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July 29 


Federal Aid Secondary Highway requested by delegation. 
Umpyua Highway. Acquisition of Murphy gravel pit for 
Paradise Creek-kilson xanch project. 
Columbie River Highway. Claim of Union Pacific Company 
for damage caused by derailment of train. 
Highway Department employees interviewed. 
Basis of settlement to be presented to railroad company. 
Acyuisition of real property needed for verious highway 
vements. Resolution. 
Marion County. Silver Creek Falls State Park. Option 
from Jemes C. Hamill covering 7 lots. 
Condemnation authorized on following properties: 
Vohks, Fred, et al, Silver Creek Falls State Park; 
Grosby, A. E., Silver Felis City. 
Columbia River Highway. Eagle Creek-Cascade Locks Section 
J. Bs Laber property to be condemned, if necessary. 
Condemnation authorized on following properties: 
The Preston Company, Short Sand Beach Creek Section. 
Title insurance. Present practice to be continued. 
Pacific Highway. Earl Harris Luuber Company operations 
north of Druin. Attorney to take legal steps. 
Albany. Options authorized for right of way for proposed 
rerouting of Pucific Highway through town. 
County Court of Linn County and City Council to refrain 
from disposing of any more property sdjacent to highway. 
Mountain States Power Company requests State to assume 
portion of cost to reconstruct pipe line through town. 
Robinette~Homestesd Seconiary Highway. Application to Secre- 
tary of the Interior for acquisition of land needed for 
right of way. 
Pacific Highway. Claim of Jack Robertson for damage to prop- 
erty caused by barron Creek-Siskiyou Summit construction. 
Halsey. Claim of Al Campbell in connection with removal of 
Frances Gray building from Pacific Highway right of way. 
Ganyon City. Additional right of way for John Day-Burns High- 
way. City will deed ten-foot strip. State to grade area. 
Cottage Grove. Surveys ordered for revision of Pacific High- 
way. Options authorized. 
Right.of way. Attorney suggests consideration of cost of 
properties required in adoption of highway locations. 
Oregon Coast Highway. Olive M. Lee property. Attorney esti- 
mates value of. property required between $4,000 and 5,000. 
Wolf Greek Highway. Oregon American Lumber Corporation's 
settlement for right of wey accepted. 
Roseburg. E. J. Rodgers' claim arising out of revision of 
highway in front of his campground. Regrading authorized. 
Pendleton. East Court Street closing. Aura Street closing 
suggested instead of East Court Street. Approved. 
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Lincoln County. Siletz River Secondary Highwey. Furnishing 
of powder and equipment on County's W.P.A. clearing project. 

Lane County. Settlement of County's indebtedness to State. 
Agreement signed providing for payment of $200,000. 

Pacific Highway. W. W. Hileman, Cottage Grove, requests per- 
wit to haul overlength piling from Cottage Grove to Latham. 

Stereocomparagraph. Purchase authorized. 

Galeuletor. Purchase of electric machine authorized. 

Power hoists. Engineer authorized to equip six trucks with 
hoists for use of bridge repair crews. . 

Federal Aid System. Kevision of route descriptions and mile- 
ages suggested by Bureau of Public Roads. 

Bertha-Beaverton Highway. Extension from bertha to connec- 
tion with Southwest Barbur Boulevard approved. 

Multnomah County. County requests designation of Northeast 
Portland Secondary Highway No. 123. Resolution adopted. 

Old Oregon Trail. Stanfield-Pendleton Section. Old route 
to be retained as a secondary highway. 

Umatilla County. County Court to request designation of old 
route of Old Oregon Trail between Stanfield and Pendleton 
as a secondary state highway. 

Pacific Highway West. Abandonment and retention of certain 
portions of old highway. Resolution. 

The Dalles-California Highway. Abandonment of portion of Red= 
mond-Bend Section, (old route). Resolution. 

American Association of State liighway Officials. State High- 
way Engineer, Assistent Engineer, and Commissioners to 
attend Annual Meeting in Boston, Sept. 27 to 30. 

Umatilla County. dermiston Secondary Highway. Request of 
civic organizations of Hermiston and Pendleton for improve- 
ment of entire length of road rather than portion thereof. 

Currier's Village. Oregon Federation of Garden Clubs pro- 

test advertising signs. 
Horses. Riding on bathing beaches. Stete Sanitary Engineer 
objects to use of horses on beach area. 

Woodburn-Silverton Secondary Highway. Mt. Angel Business 
Men's Club request flattening of curves. Request denied. 

Center stripe repainting authorized. 

Peter Skene Ogden. Oregon City Territorial Days Committee 
requests permission to erect monument south of Oregon City. 

Baker-Homestead Highway. W. W. Evans, Halfway, Oregon, re- 
quests improvements. 

Clackamas County. Petition from taxpayers urging selection 
of Hereford Street, in Gladstone, as connecting road be- 
tween 82nd Street and East Portland-Oregon City Highway. 

Portland. Social Assurance Association suggests naming 
Union Avenue vieduct in honor of L.M. Lepper 

Oregon Coast Highway. Short Sand Beach Creek Bridge. 
"Samuel G. Reed Bridge" suggested as name. 

Shell Oil Company. Film depicting City of Tomorrow to be 
viewed by Commission. 
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Columbia River Highway. Bridal Veil Timber Company operations 
at Corbett. Control of area between high- and low-water 
mark. 

Willamette Highway. Savings of Forest Highway Funds to be 
expended on Tunnel Section by Bureau of Public Roads. State 
to construct second section east of tumel. 

Columbia River Highway. Eagle Creek Forest Highway project. 
®. H. Lynch inquires as to progress for acquisition of right 
of way. 

Weston-Elgin Highway. Construction of State's portion urged 
by W. H. Lynch. Application to be submitted for grant of 
P.W.A. funds. 

State to construct as Federal Aid Secomiary Highway or State 
project, if necessary. 

Albany. Grade separation construction to be deferred unless 
State advances funds. Decision deferred until next meeting. 

Multnomah County. Advance of County's share of motor vehicle 
funds recuested. Granted. 

Barbur Boulevard. Acquisition of county-owned lots. State 
to landscape if County will deed to State. 

Multnomah County. Counhty-owned land along south side of rail- 
road between Lombard Street and Sandy Boulevard. State to 
negotiate for acquisition. 

Astoria. Rerouting of highway along Astor Street. Engineer's 
report on acquisition of right of way. 

Columbia River Packers Association agrees to move buildings 
for $4,289. Offer accepted. 

Date for public hearing scheduled for September 13. 

Survey suthorized for definite location of new route. Esti- 
mate of cost ordered. 

Clatsop County. Cannon Beach. Dr. Charles E. Dodge, Portland, 
requests construction of approach road from Park Street to 
Oregon Coast Highway. Request denied. 

Klamath Falls. Traffic survey results. Installation of sig- 
nals recommended on Main Street. State to install flashing 
beacon on South Sixth Street at railroad crossing. 

West Salem. Installation of treffic signels at intersection 
of Salem-Dallas Highway with city: street and intersection 
of highway with Wallace Road approved. 

South Yamhill River Bridge. Settlement with insurance com- 
pany for damage caused by J. C. Compton's equipment. 

P,W.A. Commission's apolication for funds partially approved. 
Central Oregon Highway. Oasis and patrol headquarters sites 
between Bend and Burns. Further investigation ordered. 
I.0.N. Highway. Comparison of distances end costs for route 
south of Rome; also connection with Central Oregon Highway. 

Route from Blue Mountain Pass to Folly Farm adopted. 

Amity-Hopewell Secondary Highway. Report on condition. 

Pacific Highway. Pringle Creek-Illahe School Section. 0il- 

ing of side road used by contractor requested by Mrs, Case, 


Paes oe 


Page Date Subject 
1937 

7534 July 29 Agreements (cont.): 
Yellow Fir Lumber Company, use of roadway in state park; 
Safeway Stores, Inc., improvements along Pacific Highway. 

7535 Aug. 11 Bonds. Issuance and sale of $1,000,000 Oregon State Highway 
bonds approved. Resolution euthorizing advertisement. 

7539 Union Gounty. Weston-Elgin Secondary Highway. Completion 
northwesterly from Elgin to forest boundary requested. 
Wallowa Lake Highway. Sidewalk requested between La Grande 
and Island City. 

Minutes approved for March 24, 25 and 26, March 30, April 1 
end 2, 1937. 

Wolf Creek Highway. Little Quartz Creek. Bridge construc- 
tion authorized. 

7540 Dayville. Repairs necessitated to highway right of way by 
construction of water system to be performed by city. 

Beker-~Homestead Highway. Baker-Halfway Section. Report on 
cost to regrade, surface and oil. 

Baker-Keating Junction section improvement favored. 

Consolidated Highway Company, Inc. Contracts now underway 
to be completed before bids will be considered on future 
projects. 

Bradley Park. Renewal of present caretaker's contract ap- 
proved. 

Employment of additional caretaker during summer considered. 
T7541 Emigrant Park. Request of Rev. L. H. Vichers, La Grande, for 
camping privileges denied. 

National Parks Service. Request that Highway Commission 
sponsor W.P.A. project for securing miscellaneous data 
denied. 

Lake County. Park area adjacent to Fremont Highway donated 
to State by S. B. Chandler. Obligation of State to con- 
struct fence. 

7542 Purchase of wayside timber strip along Klamath Falls-Lake- 
view Highway, near DrewsValley, approved. 

Marion County. Park site adjacent to North Santiam Highwey 
east of lichama donated to State by County. 

B. L. Bradley, Salem, requests permission to operate telescope 
on beach. Request granted. 

Acquisition of real property. Resolution adopted. 

7545 Bandon. Location survey ordered for relocation of highway. 
Options authorized for necessary right of way. 

Wolf Creek Highway. Brown and Brown, Inc., Forest Engineers, 
inquire regarding possibility of purchasing timber on prop- 
erty acquired by State from Detroit Trust Company. 

Oregon Coast Highway. Attorney authorized to bring suit to 
enjoin owers of "Zeller" buildings from maintaining them 
on highway right of way. 

State Land Board. Refusal to turn over deeds to property 
purchased by State until payment has been made. 

7546 Lincoln County. Olive M. Lee property. Condemnation author- 
ized to acquire property required for Oregon Coast Highway. 
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7527 


Subject 


Gold Hill. Request for sign across highway directing tour- 
ists over Sams Valley Secondary Highway denied. 

Nehalem. Repair and meintenance of steel bridge over Nehalem 
River to be assumed by State. 

Oregon Coast Highway. Meyor of Marshfield requests privilege 
of attending conference when permanent route between Marsh- 
field and North Bend is adopted. 

Pacific Highway. Eugene Planning Commission requests early 
decision on route through or sround Eugene. 

Kimberly-Monument Secondary Highway. Improvements requested. 

Columbia County. County Judge requests just allocation of 
1938 federel funds for feeder roads for county. 

American Road Builders' Association. Assistance in securing 
affiliation of Stete Highway Contractors! Association. 

Wolf Creek Highway. Clatsop County Court and various organi- 
zations request oiling between Elsie and junction with Coast 
Highway. 

Scales. Purchase of traffic scales authorized for installa- 
tion on Wilson River Highway east of Tillamook. 

Surveys. Location surveys ordered by Engineer confirmed. 

John Day Highway. John Day-Prairie City Section. Location 
as shown on survey adopted. Resolution. 

Oregon Coast Highway. Siletz River-Newport Section. Location 
survey adopted. 

Extensions of time, as follows: 

Parker-Schram Company, S. P. Sabuieenniiite in Oregon City; 
Joplin & Eldon, Criterion-Cow Canyon Section; 

McNutt Bros., Ochoco Dam-Mill Creek Section; 

Hoffman Construction Co., Union Avenue Overcrossing. 

Contracts completed aud accepted: 

S. P. undercrossing south of Ashland, Berke Bros.; 
Oregon City Undercrossing, Parker-Schram Company 3 

Middle Unit, Emigrant Hill Section, Newport Construction 
Company and Kern & Kibbe; 

Wilcox-Shaniko Section, A. Milne; 

Stewart Bridge-Flat Creek Section, Chas. H. Leonard; 
Wiring Highway Department offices, Brownell Electric Co.; 
Fort Klamath Section, A. S. Wallace; 

Rainrock-Greenleaf Creek Section, Babler Bros. 

Agreements signed, as follows: 

Union Pacific Company and 0.Wi.R. & N. Company, construc- 
tion of electric power transmission line near Bonneville; 
Tillamook County, maintenance of Tillamook-Netarts County 
Road; 

Tillamdok County, maintenance of Nehalem River county road; 
Tillamook County, construction of portions of Nehalem River 
county road and Tillamook-Neterts county road and Pacific 
City county road; 

Fred H. Peterson, damages in connection with East Portland- 
Oregon City Highway construction; 


7553 Aug. 12 
7554 


7555 


7556 


7557 


7558 


7559 


Vale. Reconstruction of Central Oregon Highway within city 
limits requested by City Council and Chamber of Commerce. 
Lewis A. McArthur. Recommendation that bridges be dedicated 

to. individuals rather than named in their honor. 

Tillamook County. Park doneted by Samual G. Reed to be named 
in his honor rather than Short Sand Beach Creek Bridge. 

Wheeler County. County Court requests State to take over 
County road extending from John Day Highwey, near Fossil, 
to Kinzua. 

Columbia County. County Judge requests allocation of future 
federal funds to Columbia County. 

Dalles-Dufur Road. Wasco County Granges request oiling. 

The Dalles-—California Highway. Robert W. Sawyer suggests 
early acquisition of right of way for proposed revision 
in vicinity of Bureau of Reclamation irrigstion project. 
Location survey ordered. 

Grant County. Kimberly-Monument Secondary Highway. County 
School Superintendent urges improvements. 

Nehalem Secondary Highway. Regrading and repair between Mist 
and Jewell urged by various granges. 

Extensions of time, as follows: 

Harold Blake, S. P. Overcrossing north of Eugene; 
Colonial Construction Co., Pendleton Overcrossing; 
Hoffman Construction Co., Union Avenue Overcrossing; 
Schmeer, Williams & Gentemann, crushed rock for Condon- 
Fossil Section. 

Joplin & Eldon. Per diem penalty imposed in ccnnection with 
Eagle Creek Bridge superstructure contract withdrawn. 

Contracts accepted, as follows: 

Eugene Overcrossing, Harold Blake; 

Pendleton Overcrossing, Colonial Construction Co.; 
Redmond-Bend Section, Babler Bros.; 

Castle Rock-Umatilla County Line Section, Smith & Company ; 
Alsea-South Fork Section, Sig Ash; 

Condon-Fossil Section, Schmeer, Williams and Gentemann; 
Gales-Lime Section, Babler Bros.; 

Forest Grove-Hillsboro Section, Warren Northwest Inc.; 
Klaskanine Summit-Jewell Section, Treharn: Junction-Buxton 
Section, and Davies-Banks Section, J.C. Compton. 

Columbia River Highway. Eagle Creek Section. Commission 
guarantees right of way to Bureau of Public Roads. 

Forest Highway Funds. Joint letter to Washington, D. C. re- 
garding allocation of accumulated forest funds to construc- 
tion of tunnel section of Willamette Highway. 

Agreements, et cetera, signed: 

Deed conveying to I. B. Lindeman and wife property in 
Rainier in exchange for lend furnished State; 

Lease agreement with Douglas County providing for use of 
Murphy Bar, west of Scottsburg; 

Southern Pacific Company, Whiteson Undercrossing; 
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Marion County. Purchase of Hamill property adjacent to Sil- 
ver Creek Falls approved. 

Portland. Denver avenue-Union Avenue intersection. Plans 
for traffic separation structure considered. 

Peninsula Golf Club requests right of way designation for 
Denver Avenue-Union Avenue improvement to enable construc- 
tion of new club building. 

Siletz Secondary Highway. Report of reconnaissance survey 
to reconstruct Toledo-Siletz Section. 

Repairs to present road approved. 

Coos County. County Court requests designation as secondary 
highway of county road which connects with Coos River Sec~ 
ondary Highway northeast of Allegany. Engineer's report. 

Oregon City. Peter Skene Ogden memorial. Site for erection 
of marker by "Territorial Days, Inc." approved. 

Columbia River Highway. Construction of retaining wall near 
Corbett approved in connection with erection of monument by 
Columbia Grange No. 267. 

Air compressor. Purchase of 2.5 cubic fvot compressor auth~ 
orized for Roseburg Division Office garage. 

Redmond. Construction of addition to maintenance building ap-~ 
proved to house Snogo and truck. 

Scales. Purchase of five truck scales avthorized for installa- 
ation at heavy logging locations. 

Bids, us follows, opened and read: 

Overcrossing at Bunker Hill, Coos River Secondary Highway; 
Arch Cape-Beach Creek Section, clearing; 

Lake County Line-Gap Ranch Section, regrading, surfacing; 
Bloucher Section, surfacing and oiling; 

Eagle Point-Baker Gulch Section, surfacing; 

Siuslaw Junction-Awbrey Section, grading, topping, and tim- 
ber pile trestle; 

Ontario Undercrossing, Old Oregon Trail; 

Union Avenue Bridge, Portland, Remodeling; 

Tillamook County oiling project on three county roads; 
Structural steel for Whiteson undercrossing; 

Sale of residence property at Enterprise. 

Bids. Contractors to submit bids by hour specified in Notice 
to Contractors, otherwise, Commission will not consider. 

John Day Highway. Senator W. H. Steiwer, Fossil, requests 
oiling north of Spray rather than construction of bridge 
over the North Fork of the John Day River. 

Washington County. Pacific Highway West. Widening for four 
lanes into Tigard requested by people cf Tigard. 

Portland. Construction of storage building authorised. 

Pacific Highway. Prosecution of Mr. McCutcheon considered 
for felling tree on highway right of way at Woodburn. 

Bertha-Beaverton Highway. Extension from Bertha to connection 
with Barbur Boulevard, Portland. Resol:tion adopted. 

Interstate Bridge. Increase in salaries »f gate tenders. 
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7567 Aug. 12 Awards: (cont.) 
Union Pacific Undercrossing at Ontario; 
Union Avenue Bridge over Sullivan Gulch, Portland, widen- 
ing and remodeling; 
Tillamook County Oiling Project on three county roads; 
7568 Structural steel for S. P. undercrossing et Whiteson; 
Sale of residence property in Enterprise. 

Columbia River Highway. Hood River revision. Government's 
offer as settlement for damage resulting from Bonneville 
Dam construction. 

Curry County. Brookings delegation urge improvements to high- 
way through town. 

County Court requests widening of highway through Brookings. 

7569 Surveys authorized for reconstruction of highway. 

Portland. Claim of Frank F. Reiner arising out of Union 
Avenue project referred to Chairman Cabell. 

Deschutes County. County Court requests designat’.m as a 
secondary highway of old highway between Redmona and Bend. 
Tumalo Falls Road. County requests designation as second- 
ary highway. Assignment of portion of County's share of 
gasoline fund offered for improvenents to road. 

7570 Lincoln County. Siletz Secondary Highway. Lincoln County 
Logging Company requests permission to operate skyline log- 
ging cable over highway. Request granted. 

Hood River County. County Court inquires regarding award of 
Bloucher Section contract. 

7571 Mt. Hood Highwey. Removal of hump near junction with 
Whiskey Creek county road requested by County Court. 

Samuel A. Lancaster requests survey for bridge across Colum- 
bia River near Bonneville Dam. Request denied. 

Oregon Coast Highway. Delegation protests proposed recon— 
struction between Fogarty Creek and Boiler Bay. No action. 

7572 Aug. 26 Union County. Hilgerd-Starkey Secondary Highway improvements 
requested by Mt. Emily Lumber Company. 

Mt. Emily Lumber Company. Alleged deposit of snow on rail- 
road by highway snow removal operations. 

Hilgard-Starkey Secondary Highwey. Installation of culverts 
requested by Mt. Emily Lumber Company. 

7573 Approach road and widening of highway et Ox Bow and con- 
struction of guard fence requested by Mt. Emily Lumber Co. 

Wolf Creek and Wilson River Highways. Additional $62,000 
State Funds authorized in connection with W.P.A. projects. 
Lincoln County. Siletz River Secondary Highway. Amount pre- 
viously authorized for furnishing crushed rock increased 

to $59,000. 

L. A. Hollinshead offers services in procurement of right of 
way for connection between Coast Highway and Wolf Creek 
Highway in vicinity of Cannon Beach. 

7574, Shell Oil Company. Film predicting "The City of Tomorrow" 
to be viewed by Comaission on September 14. 
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Agreements (cont.) 
Southern Pacific Company, Bunker Hill] viaduct; 
Columbia River Packers Assoc., removel of buildings from 
right of way along Astor Street in Astoria. 

Linn County. Corvallis-East Side Secondary Highway, Delega~ 
tion from Albany and Corvallis request oiling of 5-mile 
section. 

Survey authorized for revision whenever funds available. 

Baker County. Baker-Homestead Highway. Improvements request~ 
ed by delegation. 

Baker-Unity Highway improvements requested b; delegation. 
Designation es secondary highway of county road extending 
northwesterly from Robinette to Baker-Homestead Highway re- 
quested. 

1938 Railroad Grade Separation Program. Revision authorized 
to provide funds for construction of Albany grade separa- 
tion project. 

Albany. Grade separation project to be financed through re- 
vision of 1938 railroad grade separation program. 

Jackson Gounty. Claim of Ralph J. Robertson arising out of 
slide due to highway construction in front of his property. 
Coos County. County Judge asks designation of county road ex- 
tending southeasterly from Marshfield as secondary highway. 
Coos River Secondary Highway. County Judge asks extension 

to Allegany. 
County cooperation offered on bridge construction on county 
road. 

Lincoln County. Siletz River Secondary Highway. County Judge 
inquires regarding plans for improvement. 

Temporary improvements authorized. 
Otter Crest. Oiling of parking area adjacent to highway ap- 
proved when oiling crew is ivailable. 
Cape Arago Secondary Highway. Delegation requests oiling. 
Tillamook County. Oiling project on three county roads. 
County's share of cost to be paid in warrants to be held un- 
til completion of job. County to pay cost of constructicn 
engineering supervision and inspection. 
Award of contract to be withheld pending payment of County's 
warrants and execution of agreement. 
Dougherty Slough revetment. Investigetion ordered to deter- 
mine Commission's obligation. 

Award of contracts announced on following: 
Bunker Hill Overcrossing of S. P. tracks; 
Arch Cape-Beach Creek Section, 2.18 mi. clearing; 
Lake County Line-Gap Ranch Section, regrading, surfacing and 
furnishing of crushed rock; 
Bloucher Section, surfacing and oiling and crushed rock; 

Eagle Point-Baker Guich Section, surfacing and crushed rock; 

Siuslaw Junction-Awbrey Section, grading and topping and 

timber pile trestle with concrete superstructure; 
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7580 


Aug. 31 


7581. 
7582 Sept. 1 


7584 Sept. 1 


7585 


7586 Sept. 13 
7588 Sept. 13 
7589 


7590 


Contracts completed, (cont.) 
Burns-Buchenan Section, M. L. O'Neil & Son; 
Shélton Ranch-Flora Junction Section, Colonial Construc- 
tion Co.; 
Pumping Plent Hill Section, McNutt Bros.; 
Chaik Cliff-Peisley Section, E. H. Itschner & E. L. Rigdon; 
Oiling on secondary highways in Linn and Yamhill Counties, 
J. C. Compton. 

Lakeview. Conference with Chamber of Commerce, et al. 

Lake County. County Judge rewuests designation as secondary 
highway of county road on west side of Goose Lake. 

Klamath Falls-Lakeview Highway. Oiling of unoiled section re- 
quested by delegation. 

Klamath Falls. Conference with Klamath County Chamber of Com- 
merce. , 

Klemath County. Klamath Falls-Lakeview Highway. Oiling re- 
quested by Klamath County Chamber of Commerce. 

Federal Aid Sscondary Highways. County Court submits resol- 
ution specifying choice of county roads. 

Secondary Highway No. 423 County Court's first choice for 
state secondary highway construction. 

County Court submits resolution relating to designation of 
county roads as Federal Aid Secondary Highways. 
Designation as secondary highways requested for Market Road 
No. 19, Sprague River County Road and Lake-of-The Woods Koad. 

P.W.A. Funds. Application resubmitted to C. C. Hockley. 
Projects listed in order of priority. 

Signals. Installation of signals at intersection of Pacific 
Highway West and McMinnville-Tillamook Highway approved. 
Trees. Destruction of trees on Pacific Highway right of way 

at Woodburn by Mr. McCutcheon. Suit authorized. 

Maintenance material. Advertisement for bids authorized for 
material for West Diamond Lake Secondary Highway and Crater 
Lake-North Secondary Highway. 

Advertisement for furnishing of material for projects in 
Division 5 authorized. 

Agreements, as follows, considered and signed: 

Kern & Kibbe, disposition of claim arising out of North 
Salem Undercrossing contract; 

Quitclaim deed conveying land adjacent to Wolf Creek High- 
way, in Washington County, to Lydia Meier. 

Astoria. Public hearing in regard to rerouting the Columbia 
River Highway and Oregon Coast Higiway within city. 

Bond sale. Conference with Dr. E. B. McDaniel and Ray Con- 
way in regard to bond sale on following dey. 

Consolidated Highway Company. Conference with contractor and 
surety regarding completion of Rock Creek-Wialiowa project. 
Future bids on highway work not acceptable. 

Federai Aid. Revised 1936 Regula: Federei Aid Program. 

Albany. Railroad grade separation project provided for by 
revision of 1938 Federal Aid Program. 


— 
7574, Aug. 26 Load limit. Confirmation of 8-ton load limit pending repair 
of falsework. 

R. H. Baldock authorized to attend National Asphalt Confer- 
ence in lemphis, Tennessee in December. 

Bonds. Dr. E. B. McDaniel, Pres., Oregon State Motor Associ- 
ation, to attend meeting for discussion of bond sale. 

Cape Arago Secondary Highway. Mrs. J, S. Evans, Marshfield, 
inquires regarding oiling of highway. 

Coos County. Designation as state highway of Coos Bay Wagon 
Road requested by Coos and Douglas County residents. 

Coos River Secondary Highwey extension requested by County 
Judge. 

Designation of county road southeasterly from Marshfield 
as secondary highway requested by County Judge. 

Naticnal Park Service. Cooperative study of recreational 
possibilities of State. Commission approves request. 

Western Safety Conference. Donation of $200 requested to de- 
fray expense of recent meeting in Portlami. Request denied. 

Cletsop County. Norman N. Rupp offers to sell timber tract 
adjacent to Nehalem Highway west of Jewell. 

E. B. McNaughton, Portland, objects to manner of removing 
quarry materials near Champoeg by Marion County forces. 

Columbia River Highway. John B. Yeon, Jr., Portland, 
ing construction of parkway by National Perks Service. 

Wallowa County. Enterprise-Flora Highway. Conference with 
Sureau of Public Roads and Regional Forester scheduled to 
consider extension of highway to Washington State Line. 

Baker County. Baker-Homestead Highway. Rock crushing proj- 
ect approved between Love Bridge and Black Bridge. 
Baker-liedical Springs Secondary Highway. Furnishing of 
crushed rock for 3-mile section approved. 

Baker-Unity Highway. Resurfacing of 4-mile section across 
Salisbury Flat approved. 

Baker-Homestead Highway. Location survey authorized for Feder- 
al Aid secondary highvay project between Baker and Upper 
Keating Junction. Reconnaissance survey between Upper Keat- 
ing Junction and Powder River authorized. 

Baker County. Robinette-Homestead Secondary Highway. Exten- 
sion to connection with Baker-Homestead Highway approved. 
Removal of northerly end of Robinette~-Homestead Secondary 
Highway from Secondary Highway System approved. 

Extensions of time, as follows: 

M. L- O'Neil & Son, Burns-Buchsnan Section; 

McNutt Bros., Pumping Plant Hill Section; 

Fisher Bros., Unit No. 3, Chichester Gulch-Summit Section; 

Homer G. Johnson, iMyrtle Point-Mystic Creek Section. 
Contracts completed, as follows: 

Azalea-holf Creek Summit Section, J. C. Compton; 

McKenzie Pass-Little Butte Section, J.W. and J.R. Hillstrom; 

Ochoco Dam-Mill Creek Section, McNutt Bros.; 
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7605 Sept. 14 


7606 


7607 


7608 
7609 


7613 


7614 
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Wallowa County. Enterprise-Flora Highway. Extension to 
Washington State Line approved by Bureau of Public Hoads. 

Mt. Hood. Forest Service requests Commission to maintain 
road from Mt. Hood Highway to new lodge at timber line. 

Award of contracts, building.sales and bonds: 

Construction of storage building in Portland; 

Guartz Creek Bridge on Wolf Creek Highway; 

Diamond Lake Rock Production Project; 

Forest Boundary-Long Creek Section of Pendleton-—J ohn Day 
Highway, crushed rock in stock pile; 

Bloucher Section, surfacing and oiling and crushed rock; 
Siletz Highway surfacing and rock production project; 
Bulkhead construction along Mt. Hood Highway in Gresham; 
The Dalles Roadside Improvement Project; 

Sale of buildings in Marshfield; 

Sale of $1,000,000 highway bonds. 

Bonds. Sale of $1,000,000 highway bonds to The First Nation- 
al Bank of Portland. Resolution, 

Tillamook County. State cooperation in construction of re- 
vetment along Wilson River to protect Dougherty Slough. 
County Court and Wilson River Drainage District, represent— 
atives ask reconsideration of cooperation. 

Lincoln County. Gleneden Beach residents protest relocation 
of Oregon Coast Highway bypassing town. 

Cottage Grove. U. G. Walker, Portland, offers to donate 
property needed for revision of Pacific Highway on condi- 
tion that State will purchase certain other property. 

Portland. Powell Boulevard-Milwaukie Avenue intersection. 
Traffic light installation approved. 

Ross Island Bridge approaches. Safety islands to be con- 
structed. Removal of monument in intersection at west end 
of bridge ordered. 

Traffic signals. Installations approved at intersection of 
17th & Schiller Streets and Union Avenue and Hawthorne 
Avenue, Portland. 

East Portland-Oregon City Highway. Ross Island-Schiller 
Street Section. Claim of Joseph Teresi and Agostino Gallu- 
zo denied. 

Claim of G. H. Huthman denied. 

Columbia River Highway. Acquisition of right of way needed 
in vicinity of Bridal Veil. Attorney's report. 

Minnie T. Reed, and others, occupying land between the 
high-and low-water mark of the Columbia River to be ordered 
to vacate premises. 

Bridal Veil Timber Company property and Union Central Life 
Insurance property to be acquired by condemnation. 

George Joseph, Jr. submits three offers for acquisition of 
right of way across his property. 

Condemnation approved on following properties: 

Orient Section of Mount Hood Highway, 
Takaki, 


Page Date §§ Subject 


1937 


7592 Sept. 13 Albany. Plan for financing grade separation project tenta~ 


15M 


7601 


7603 


Sept. 14 


tively approved. 

Grade Separation Program. Revised 1938-39 program tentatively 
approved. 

Minutes. Meetings held on April 12, April 26, 27 and 28; 

May 16, 17 and 18; and June 3 and 4, 1937, approved. 

Chandler Park. Abandonment of portion lying west of old 
highway considered. Negotiations with Mr. Chandler ordered. 

Depoe Bay. Acquisition of aree at end of Depoe Bay Bridge. 
Commission rejects price esked by owner, Mr. Winchell. 

North Bend. Area at south end of Coos Bay Bridge to be deeded 
back to City. 

Clatsop County. Acquisition of right of way for road to 
Saddle Mountain State Park. Offers of Crown Willamette Com- 
pany and Smith Waterhouse Company accepted subject to satis- 
factory negotiations with Grand Rapids Oregon Timber Company. 

Condemnation. Proceedings authorized to acquire right of way 
required from Grant Rapids Oregon Timber Company for read to 
Saddle Mountain State Park. 

Trees. Mutilation of trees on highway right of way 4% Wood- 
burn. Investigation ordered. 

Acquisition of. real property needed for highway improvements. 
Resolution. 

Resettlement Administration. Settlements set forth in right 
of way resolution approved subject to adjustment of water 
pipe installations. 

Bids, as follows, opsned and read: 

Storage building at south city limits of Portland; 
South Fork Quartz Creek, concrete bridge; 

Diamond Lake Rock Production Project; 

Forest Boundary-Long Creek Section, crushed rock; 
Bloucher Section, surfacing, oiling, crushed rock; 
Siletz Secondary Highway, surfacing and rock production; 
Timber bulkhead in Gresham; 

The Dalles Roadside Improvement Project; 

Sale of buildings at Marshfteld. 

Willamette Highway. Application of Gilchrist & Company to 
maintain grade crossing pending completion of overcrossing. 

Deschutes County. Tumalo Falls Road. County requests State 
to keep road open with rotary plow. Request granted. 

Josephine County. Williams Secondary Highway. Delegation 
requests reconditioning and oiling of six-mile section. 

Klamath County. Designation as secondary highway of road 
from Klemath Lake Secondary Highway westerly to Laka-of-The 
Woods requested by Paul Landry, Klamath Falls. 

Forest Highways. Forest Service representatives object to ex- 
penditure of funds on roads leading to Lake-of-The-Woods. 

Klamath Lake Secondary Highway. Improvements requested by 
Paul Landry of Klamath Falls. 

Bonds. Bids received for purchase of $1,000,000 Highway Bonds. 


Page Date 
1937 
7619 Sept. 14 


7621 


7622 


7623 


7524 
7625 


7626 
7627 
7628 


7629 


7630 


Subject 


Log hauling. Penalties to be imposed for violetion of weight 

limits. Resolution. 
Letter to Supt., Dept. of State Police, requesting coopera- 
tion . 
Letter to Public Utilities Commissioner requesting coopera- 
tion. 

East Portland-Oregon City Highway. Estimates to illuminate 
Ross Island Bridge-Milwaukie Section. 

Salem. City Council refuses to cooperate in cost of lighting 
undercrossing at north city limits. 

N. M. Finkbiner suthorized to attend meeting of Western As- 
sociation of State Highway Officials in Salt Lake City. 

Portland. Neighborhood Community Club objects to highway 
construction across Duniway Park in South Portland. 

Wasco County. Roads Committee of Wasco County Grenzes sub- 
mit circuler letter regarding school bus and mail roads. 
Linn County. Shedd-delsey Section of Pacific Highway. Dam- 
age to county roads by re.son of contractor's operations 

to be assumed by State. 

Oregon Coast Highway Association. Commission and staff in- 
vited to annual banquet in Astoria on October 11. 

Tillamook County. County Court urges completion of Little 
Nestucca Secondary Highway. 

John Day Highway. John Day Lions Club urges eerly construc- 
tion of John Day-Prairie City Section. 

Log hauling. District Attorney, Ben C. Flaxwi, Coos County, 
writes regarding prosecution of R. J. Lewis. 

Woodburn. S. W. Maupin requests permission to erect sign 
over right of way advertising tourist camp. Denied. 

East Portland-Oregon City Highway. Sefety island construc~ 
tion at Oak Grove Avenue intersection considered. 

Baker County. County Court requests extension of Robinette- 
Homestead Secondary Highway. Resolution adopted. 
Elimination from secondary highway system of portion of 
Robinette-Homestead Secondary Highway rewuested by County 
Court. 

Resolution extending Robinette-Homestead Secondary Highway. 
Resolution eliminating portion of Robinette-Homestead Sec- 
ondary Highway from highrey system. 

Surveys. Engineer authorized to make location surveys, et 
cetera, as submitted in list. 

Extensions of time: 

Fred H, Slate, Nehalem River-Rock Creek Section; 

McNutt Bros., Unit 3, McCallister Section; 

Schmeer, Williams & Gentemann, Haines-Baker Section; 

Tom Lillebo, Bridges over Rock Creek and Wallowa River; 
Dolan Construction Co., Bridge over North Fork Nehalem River; 
W. C. White, Sage Hen Creek-Burns and Poison Creek-Burns 
Sections; 

E. F. & W. F. Philpott, Bridge over Necarney Creek; 


rt, 
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7614 Sept. 14 Condemnations: (cont.) 
Troutdale-Multnomah Falls Section, 
Union Central Life Insurance Co., 
Bridal Veil Timber Co., 
Minnie T. Reed; 
7615 Marshfield Section, 
Mullen-Flanagan Estate, 
Mary Berg; 
Saddle Mountain Park Road, 
Grand Repids-Oregon Timber Co.35 
Wall Creek-Siskiyou Section, 
Ralph I. Robertson and Hannah D. Robertson. 

7616 jackson County. Ralph I. Robertson's claim for damages due 
to slide caused by construction of Pacific Highway (new 
route) across his property. Claim denied. Condemnation 
authorized. 

Portlend. East Lombard Street Extension. City Commissioner 
Bean inguires regarding acquisition of city-owned property. 

La Grande. Eastern Oregon Light & Power Company requests 
Commission to re-deed property heretofore donated for 
undercrossing project. Request granted. 

Oasis. Recommendation of Landscape Engineer on site at 
Brothers for proposed maintenance headquarters and oasis. 

7617 Columbia River Highway. John B. Yeon, Jr., Portlend, sug- 

gests parkway up Columbia River Gorge. Action deferred. 

Jackson County. Mr. Frank Forth, Ashland, requests permis- 
sion to construct trestle on highway right of way north 
of Siskiyou Station. Request denied. 

Pendleton. Claim of Northwest Cities Gas Compeny in con- 
nection with Overcrossing project approved. 

Portable air-blower. Purchase authorized for use of Radio 
Supervisor. 

7618 Maintenance material. Bids authorized Zor following: 
Alsea Highway, from summit east of Alsea to end of oil; 
Corvallis-Newport Highway;Eddyville-Blodgett Sec. Hwy.3 
Oregon Coast Highway, Hebo-Neskowin; 
McMinnville-Tillamook Highway, Hebo-Dolph; 

Columbia River Highway, M. P. 58.2 to 76.3; 
Mt. Hood Highway, M. P. 100.0 to M. P. 104.213 
Columbia River Highway, M. P, 100 to 120; 
The Dalles-Californis Highway, M. P. 74.51 to 95.733 
The Dalles-California Highway, &. P. 193.0 to 2143 

Mt. Hood Highway. Maintenance material for Rhododendron- 
Bennett Pass Section. Investigation ordered 

Wapinitia Highway. Mt, Hood-Bear Springs Section. Main-- 
tenance material project to be investigated. 

Ferry service. Extension of contract with Julius Gunnell 
for service on Coos River Secondary Highway. 

7619 Award confirmed on following: 

Tillamook County Ciling Project, J. C. Compton; 
Arch Cape-Beach Creek Section, Berke Bros., Inc. 
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7642 Oct. 21 

7645 

7646 

7647 Oct. 22 

7648 

7649 

7650 

7652 

7653 


Subject 


Condemnation. Resolution cuthorizing acquisition of Union 
Central Life Insurance property between Troutdale and Mult- 
nomah Falls. 

Engineer instructed not to teke possession of properties 
under condemnation until proceedings have been completed. 

Douglas County. Acquisition of Beckley property needed in 
connection with surfacing materials for Umpque Highway. 
Offer of Mr. Beckley unsatisfactory. 

Shelton Park. Wheeler County Relief Committee request dona- 
tion of 50 cords of wood. Recuest granted. 

Lincoln County. Acquisition of perk site owned by Carl G. 
Washburne neer Heceta Heed considered. 

Grant County. Acquisition of James Moore property adjacent 
to John Day Highway. Commission to acquire 40-acre tract 
from State Land Board to exchange for Moore property. 

Tillamook County. Weyerhaeuser Timber Company to deed tin- 
ber strips to County for transfer to State. 

Columbia County. Acquisition of park site adjacent to 
Nehalem Secondary Highway. Natal Grange urges Commission 
to purchase 5.64-acre tract from Clark Wilson Lumber Co. 

Bids, as follows, opened and read: 

Middle Bridge-Black Bridge Section, crushed rock; 

North Powder-Muddy Creek Section, grading, surfacing, mace- 
dam, and crushed rock in stock pile; 

Lincoln County Line-Alsea fountain Section, crushed rock; 
Wesco County Line-Madras Section, crushed rock; 
Eddyville kock Production Project; 

Hebo Rock Production Project; 

Wallowa-Enterprise Section, crushed rock; 

Tho Dalles Roadside Improvement Project; 

Sale of factory buildings in Portland; 

Sale of resicence buildings in Oregon City; 

Sale of residence buildings in Marshfield; 

Sale of used tires and tubes at Salem and Le Grande. 

Gilliam County. Shuttler Flat-Condon Rock Production Proj- 
ect. Bids returned unopened. Project to be readvertised. 

Lincoln County. Acquisition of park site from Carl G. Vash- 
burne, near Heceta Head. Landscape Engineer to investigate. 

Coos County. Cape Arago Secondary Highway. Delegation re- 
quests surfacing and oiling at earliest possible time. 

Harney County. Central Oregon Highway. Oiling of gap in 
vicinity of Buchanan requested by County Judge. 

McKenzie Highway. Delegation from Eugene reyuests Commis- 
sion to keep road open east of belknap Springs to Frog 
Camp for benefit of winter sports enthusiasts. 
Expenditure of {1,000 authorized for snow removal on sec- 
tion as trial proposition. 

Enterprise-Flora Highway. Joint letter with Bureau of Pub- 
lic Roads and Forest Service, recomaending extension to 
Oregon-Vashington State Line. 


u 


7633 Oct. 21 
7635 


Subject 


Extensions of time: (cont.) 
H, L. Rice, Memaloose Park-Dillon and John Day River- 
Blalock Sections; 
Babler Bros., Valley Falls-Cinder Butte Section 
Averill and Corbin, West approach to Willamette River 
Bridge at Salem. 

Contracts completed and accepted, as follows: 
Nehalem River-Rock Creek Section, Fred H. Slate; 
Criterion-Cow Canyon Section, Joplin & Eldon; 
S. P. Overcrossing on Union Avenue, Portland, Hoffman Con- 
struction Company, 
Bridges over Kock Creek and Wallowa River, Tom Lillebo; 
Sage Hen Creek-Burns Section and Poison Creek-Burns Section, 
W. C. White; 
Fossil-Kinzua Junction Section, Fisher Bros.; 
Unit No. 3, Chichester Gulch-Summit Section, Fisher Bros.; 

Agreements, et cetera, signed: 
Oregon Portland Cement Company, occupsncy of right of way 
of the Gales-Tunnel Section; 
T. R. Maxwell, sale of property in Zurcher's Amended Addi- 
tion to Enterprise; 
Union Pacific Railroad Company, construction of power trans- 
mission line near Bonneville; 
Southern Pacific Company, lease of unloading site at Myrtle 
Point; 
Application for right »f way across Indian land in Lincoln 
County necessitated by improvement of Siletz Secondary Hwy.; 
Application for right of way across Indian land for improve- 
ment of Salmon River Highway, Lincoln County. 

Federated Garden Clubs. Conferences in Benson Hotel in regard to 
highway beautification. 

Oregon Trail Association. Commission invited to Annual Meet- 
ing, in Pendleton on October 28. 

Mrs. Virginia Hickey. Claim for damages to property at Bright- 
wood. 

Pearl S. Koble. Cleim for right of way across property south 
of Ashland. Basis of settlement. 

Acquisition of right of way. Resolution. 

Portland. Lombard Street Extension. Acquisition of proper- 
ties from City and County deferred. 

Columbia River Highway. Acquisition of George Joseph prop- 
erty needed for Troutdale-ultnomah Falls revision. 

Oregon Coast Highway. Fogarty Creek revision. Acyuisition 
of Nina I. Belt property deferred. 

Multnomah County. Upper Columbia River Highway. Acquisi~- 
tion of Minnie T. Reed property. Condemnation authorized. 
Gilliam County. Shuttler-Flat-Condon Rock Production project. 
Condemnation authorized for acquisition of quarry site. 
Columbia River Highway. Acquisition of land from Union Cen- 

tral Life Insurance Company. Condemnation suthorized. 


Page Date Subject 
1937 
1667 Oct. 22 Wallowa Leke Highway. Footpath construction requested between 
La Grande and Island City. Action deferred. 

Oregon Coast Highway. Cannon Beach. Repairs to sidewalk re- 

quested by Library and Woman's Club. Request granted. 
7668 Estimate of cost to construct new sidewalk ordered. 

Tillamook County. Construction of revetment along tiilson 
River requested by County Court and Drainage District. 
Cooperation in cost of revetment construction, to the ex- 
tent of $1,000, authorized. 

Pacific Power and Light Company. Construction of power line 
slong Pendleton-Cold Springs Highway. Permission to cross 
highway twice granted. 

Easement for telephone line construction to be granted. 
7669 Enegren Ferry. 20-hour day service reyuested by City of 
Marshfield and Coos County residents. No action. 

Benton County. County Court and Corvallis Chamber of Com- 
merce request construction of 5-mile extension of Territor- 
jel Seconiary Highway. 

Territorial Secondary Highway. Extension from Lane-Douglas 
County Line to Anlauf requested by various organizations. 

7670 Wilson River Highway. Delegation from Washington County, 
Tillamook County and Multnomah County, request State to 
assume cost of equipment repairs on this job. 

7671 Surfacing from Jordan Creek to McNamar's Camp requested. 

7672 Columbia River Highway. Right of way between Troutdale and 
Multnomah Fells. Conference with city officials and repre- 
sentative of Union Pacific Company. 

Simon Benson advises no objection to waiver of reversion- 
ary rights. 

Acquisition of right of way from Oregon-Washington Reil- 
road end Nevigation Company. Conference planned. 

7673 attorney to obtain quitclaim deed from Mr. Benson and rail- 
rosd compeny in fevor of City.of Portland. 

Portland. North Lombard Strect Extension. Acquisition of 
oroperty in Irvington Park Addition for equipment storage. 

Malheur County. County Judge requests yarious highway in- 
provements in Malheur County. 

Vale Chamber of Commerce urges highway improvements on 

: Central Oregon and Join Day Highways. 

Awera of contracts, cs follows: 

: 7674 Middle Bridge-Black Bridge Section, crushed rock; 

North Powder-Muddy Creek Section, grading, surfacing; 
Lincoln County Line-Alses Mountain Section, cr. rock; 
Wasco County Line-Madras Section, erushed rock; 

Eddyville Rock Production Project; 

Hebo Rock Production Project; 

Wallowa-Enterprise Section, crushed rock; 

The Dalles Roadside Improvement Project; 

Sale of buildings in Oregon City; 

Sale of buildings at warshfield; 


Date 
1937 
7653 Oct. 22 


7654 
7659 


7660 


7661 


7662 


7663 


7665 
7667 


Subject 


West Portland-Hubberd Highway. Letter to Bureau of Public 
Roads recuesting designation «s part of Federal Aid Highway 
System. 

Federal Aid Highway System. Resolution revising descriptions 
of highways included in Oregon Federal Aid Highwey System. 

Oregon City. Jack Summerville, U. S. Marshal, requests re- 
vision of plans for highway along waterfront on behalf of 
residents of Oregon City. Request not approved. 

Milton. Mayor and City Manager request straightening of the 
Oregon-jieshington Highway through their town. 

John Day Highway. Representative E. Kk. Fatland requests oil- 
ing between Branson Creek and Service Creek. 

Automobiles. Purchase of three new cars authorized for Divi- 
sion Engineers. 

Purchise of seven new cars of lightweight class authorized. 

Traffic lacquer. Purchase of 5,000 gallons authorized. 

Safe. Purchase of fireproof sare authorized for Secretary. 

Radio. Receiving sets for installation on trucks used in snow 
removal operations. Purchase authorized. 

Illumination meter. Purchase authorized for use in determin- 
ing type and power of light globes. 

Stopwatch. Purchese authorized. 

Klamath County. Sand Creek section headquarters. Purchase 
authorized of privately-owned building on stite property. 
Steam roller. Sale of old, 10-ton roller to City of sstoria. 
Douglas County. Umpqua Highway. Engineer authorized to ad- 
vertise for maintenance material for Paradise Creek-Drain 

Section. 

Award of contract to Mountain States Construction Company for 
surfacing on Siletz Secondary Highway in Lincoln County. 

Sale of buildings at Marshfield confirmed. 

West Portland-Hubbard Highway. Sale of building on property 
acquired for Coos Overcrossing Section. Sold to Charles 
Loeschen for $5.90. 

Deschutes County. Tumalo Falls County Road. County Court 
requests Commission to remove snow. Engineer's report. 

Otter Crest. Encroachment of building owned by Wilbur Badley 
on stete park property. 

Commission approves leasing portion of park to Mr. Badley. 
Attorney instructed to return correction deed, unsigned. 
Willamette Highway. Gilchrist & Company, Ltd., abandon pre- 

vious plan to construct temporary grade crossing. 

Little Nestucce Secondary Highway. Engineer's report on con- 
dition of easterly end of road. Lead limit authorized. 

Load Limit. Resolution reducing loads «llowed on Little Nes- 
tucca Secondary Highway. 

Tampico-Lewisville Secondary Highway. Resolution reducing 
load 50 ver cent. 

Planning Survey. Additional $13,500 authorized to complete 
city street inventory. 
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71683 Oct. 22 


7684 


7685 Nov. 17 


7686 


7690 


7691 


jose 


7693 


Subject 


Agreements, et cetera, (cont.) 

Ernest F. Koble, settlement of claim in connection with 

highway construction in Jackson County; 

Bargain and Sale Deed conveying land in Yamhill County unto 

School District No. 12; 

Voucher covering payment to James T. Goodman Insurance 

Agency on premium in connection with snow removal opera- 

tions in Columbia Gorge; 

United States Soil Conservation Service relative to erosion 

control along highways. 

Date for next regular meeting set for November 30. Special 
meeting scheduled for November 17. 

Polk County. Settlement of County's debt for road construc- 
tion. County Court confers relative thereto. 

Assignment of portion of County's share of Motor Vehicle 

Fund considered. 

Attorney to prepare statement for County Court. 

Baker County. Sumpter Valley Secondary Highway. Encroach- 
ment of highway on right of way of Sumpter Valley Railway 
Company. 

Damages amounting to $2,500 asked by railway company. 
Acquisition of real property. Resolution authorizing purchase. 
Columbia River Highway. George W. Joseph property. Settle- 

ment on Alternate "C". Grazing rights retained by Mr. 

Joseph for 20 years. 

Acquisition of McGowan property. Purchase confined to land 

outside of beach area along Columbia River. 

Malheur County. Federal Aid Secondary Highway System. County 
Court requests consideration of Lytle Boulevard and Vale- 
Nyssa county roads. 

County Judge requests various improvements to Central Ore- 

gon Highway, John Day Highway, and Olu Uregon Trail. 

G.C.C. camps. County Judge inquires regarding securing of 

labor from camps for county road work. 

Clatsop County. Four percels of land conveyed to State for 
park and highway purposes exclusively. 

Multnomah County. Acquisition of county-owned property ad- 
jacent to Barbur Boulevard. Couhty increases prices 
originally asked. 

Oregon Coast Highway. Acquisition of Nina J. Belt property. 

Columbia River Highway. Offer of C. Dethaan, Hood River, to 
sell 50-acre tract at Lindsey Creek for park purposes. 
Options authorized for other property in vicinity. 

Oregon Coast Highway. George Stonefield property. Re-sale 
of portion of property to Mr. Stonefield approved. 

Clatsop County. Acquisition of right of way from Grand 
Rapids Timber Company for road to Saddle Mountain Park. 
Condemnation approved, if necessary. 

Right of entry to company's road for use of C.C.C. forces. 

Attorney to secure written agreement for use of road. 


Date 
1937 
7675 Oct. 22 


7676 


7677 


7679 


7681 


7682 


7683 


Subject 


Award of contracts: (cont.) 
Sale of factory buildings in Portland; 
Sale of used tires and tubes at Salem and La Grande. 

Mt. Hood Highway. Claim of Mrs. Virginia Hickey for damage 
to her property at Brightwood. 

Roadway construction from highway to property requestei by 
Mrs. Hickey. 

East Portland-Oregon City Highway. Claim of Joseph Terresi 
for damages to his property between Stephens and Harrison St. 
Previous action denying claim confirmed. 

Oregon City. Attorney authorized to take options for balance 
of right of way required for new highway slong waterfront. 

Landscaping. Blanket application to W.P.A. authorized, 

Log hauling. Prosecution of violators in Coos County. Sur-~ 
render of P.U.C. plates or revocation of permit to be 
penalty for violation of weight statutes. 

Surveys. Engineer authorized to make surveys, as listed. 
Old Oregon Trail. Stanfield-Boardman revision. Location 
survey authorized. 

Extensions of time: 

Hoffman Construction Company, Milwaukie Avenue Undercrossing; 
McNutt Bros., Wall Creek-Siskiyou Section; 

Medford Concrete Construction Co., Valley Falls-Cinder Butte 
Section; 

Jacobsen-Jensen Company, Shady Point-Kelly Corner Section; 
Harold Blake, Willamina Rock Production Project; 

R. =. Stuart & Sons, Beatty-Bly Section. 

Contracts completed, as follows: 

Tunnel Section of Old Oregon Trail, Berke Bros., Inc., 
Crawfordsville-Holley Section, Roy L. Houck; 

Baker-Haines Section, Schmeer, Williams & Gentemann; 
North Fork Nehalem River Section, Dolan Construction Co.; 
Eagle Point-Crater Lake Section, A. S. Wallace; 

Necarney Creek Bridge, E. F. and W. F. Philpott; 

Rex Hill-Newberg Section, Mountain States Construction Cos; 
Shady Point-Kelly Corner Section, Jacobsen-Jensen Company; 
Memaloose Park-Dillon Section, H. L. Rice; 

Beatty-Biy Section, R. I. Stuart & Sons; 

West Approach to Willamette River Pridge,at Salem, Averill 
and Corbin; 

Middleton-Votaw Section, Mountain States Construction Co.. 
Claim. Walter C. Miller, McMinnville, asks compensation for 
loss of hops due to dust caused by highway construction, 

Agreements, et cetera, considered and signed: 

James Moore, relinquishment of homestead filing in Grant 
County}; 

Lester J. Peters and Martin A. Peters, disposition of claim 
for damages arising from Union Avenue Undercrossing; 

Julius Gunnell, extension of Enegren ferry service; 

City of Portland, maintenance of streets in Portland which 
are highway routes; 
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7700 Nov. 17 Contractors. Andersen Construction Company and A. A. Har- 


7701 


7702 


7703 


7704, 


7705 


7707 
7708 


7710 


desty denied privilege of bidding on future highway work. 
Salem. Rerouting of Pacific Highway to fit in with plans 
for new capitol building grounds. Hearing to be held. 
Markers. Henry Failing, Advertising Manager, Qregon Jour- 
nal, suggests plan for marking historical locations. 
Travel and Information Department. Harold B. Say authorized 
to attend meeting of Evergreen Playground Association on 
November 27 and meeting of Pacific Northwest Tourist Asso- 
ciation on November 18, 1937. 
Bonds. Blanket bonds to cover employees considered. Pres- 
ent policy to be continued. 
Claims, as follows: 
Mr. and Mrs. Jack Robertson, Ashland, regarding slide on 
their property south of Ashland; 
Edgar R. Means, Redmond, damage to car caused by rock on 


McKenzie Highway; 
James B. Adams, damage to car 4s result of collision with 


state oiling equipment; 

W. H. Redberg, damage to car resulting from gravel thrown 
by highway employee on Oregon Coast Highway; 

Mrs. Anna M. Ley, Portland, reimbursement for repairs to 
windshield broken by flying rock; 

Dr. G. H. Huthman, damage by Union Avenue viaduct construc- 
tion in Portlendi. 

Mrs. Maud Campbell, damages due to Union Avenue viaduct 
construction in Portland. 

Ontario. E. W. Williamson of Bend requests change in plans 
for Ontario grade separation project to afford him access 
to his service station from First Street. 

Wolf Creek Highway. Request of Oregon American Lumber Cor- 
poration to log timber across highway by means of sky lines. 

Deschutes County. County Court requests designation as Sec- 
ondary Highway of old The Dalles-California Highway between 
Reduond and Bend. Resolution designating abandoned section 
as Redmond-Bend Secondary Highway No. 375. 

Marion County. County Court requests designation as second- 
ary Highway of abandoned section of Pacific Highway between 
Selem and Illahe School. No action. 

Hood aiver County. County Court requests elimination of 
section of Interstate Bridge Secondary Highway No. 280 
from state secondary highway system. Resolution adopted. 

Douglas County. Abandonment of portion of Shady Point-Kelly 
Corner Section of Pacific Highway. Resolution adopted. 

Coos County. Abandonment of portion of Cunningham Creek 
Bridge Section of Oregon Coust Highway, north of Coquille. 
Resolution adopted. 

Newport. Traffic stripes for four lanes of traffic earproved. 

Hospital associations. Increase in rates for Highway Depart- 


ment employees. 


Subject 


Yamhill County. Robert B. Porter, Amity, requests rental of 
state property at rate cf $5 per year, per acre. Approved. 

Pacific Highway. S. & S. Shingle Mill request use of pond 
north of Eugene in connection with mill operations. 

. Portland. W. Saftenberg requests permission to purchase por- 
tion of state-owned property in Riverside Homestead Addi- 
tion. Request denied. 

Oregon City. Offer of E. L. Taylor Company to purchase build- 
ing on Brady property accepted. 

Port Orford. Claude C. Inman, Tuscon, Arizona, inquires re- 
garding revision of Oregon Coast Highway at Port Orford and 
probability of State acquiring portion of his property. 

Bandon. City offers to deed park site at west end of town on 
condition State will construct road from highway to park. 

Forest Highway Funds. Columbia River Highway grading project 
recommended for construction with accumulated savings. 
Letter. to Chief of Forest Service and Bureau of Public Roads. 
Conference scheduled for December 1 to program 1939 funds. 

Columbia River Highway. O.W.R. & N. Company demand insurance 
in connection with State's contract on Ruckel Slide Section. 
State to assume payment of premium. 

Medical Springs Secondary Highway. Mr. Kingsbury of Union re- 
quests payment of $500 in lieu of reconstruction of pipe 
line on highway. Investigation ordered. 

Tillemook County. Dedication of Short Sand Beach Creek Bridge 
to Samuel G. Reed approved. 

Wallowa Lake Highway. Footpath between La Grande and Island 
City. Commission approves preparation of plans for W.P.A. 
project. Cooperation in cost of construction denied. 

Pacific Highway West. Footpeth along highway from Corvallis 
to southern boundary of School District No. 38 requested. 
Marys River Bridge. Pedestrian walk on bridge requested. 

Monroe. Oiling of gravel strips adjacent to Pacific Highway 
through town requested by City Council. Engineer's report. 
Project to be considered in preparation of Minor Betterment 
Budget. 

Load limit. Order reducing load on McKenzie Highway between 
McKenzie Bridge and Springfield. 

Albany. Cost of revision of Mountain States Power Company's 
lines by reason of overcrossing project to be paid by State. 

Astoria. Permanent route of Oregon Coast Highway through City. 
Acticn deferred pending report on appraisals of property. 

Claim. Frank Triska demands reimbursement for luss of horse 
injured in crossing cattle guard on road mainteined by State. 

Crater Lake Highwey. County Judge of Jackson County requests 
cattle guard to prevent stock entering Rogue River National 
Forest. Request denied. 

Portland. Proposed office building to be constructed as W.P.A. 
Project instead of P.W.A. project as originally planned. 

Contractors. Prequalification reduced on 9 companies. 


Date 
1937 
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Subject 


Clatsop County. Sidewalk construction on Waliuski River 
Bridge on the Nehalem Secondary Highway, near Jewell, re- 
quested by School District No. 26. 

Warm Springs Highway. Supt. of Warm Springs Indian Agency 
a rock surfacing between Madras and Deschutes River 

widge. 

Jefferson County. County Judge aavises that County Court 
prefers additional grading north of Warm Springs Agency. 

Hillsdale. Community Club requests change in highway signs 
from "Bertha" to "Hillsdale." Change ordered. 

Morrow County. County Judge alleges unfair allocation of 
funds for improvement of Morrow County roads. 

Baker County. Letter of appreciation from W. W. Evans for 
improvements to Baker-Halfway Road. 

Wheeler County. Fossil-Antelope Secondary Highway. Grenges 
request rock surfacing on Chichester Grade. Report ordered. 

Jackson County. Sardine Creek Bridge. Commission approves 
request for donation of old bridge to County. 

McKenzie Highway. Letter from Obsidians of Eugene expressing 
appreciation of snow removal operaticus. 

Pacific Highway. Illinois Valley Grange urges straightening 
and widening between Grants Pass and Roseburg. 

Pacific Highway. City of Roseburg and Douglas County request 
removal of hump in old highway at north city limits. 

Plants. Rev. John W. Hoyt, Medford, requests permission to 
collect wile flowers from right of way. 

Curry County. Oregon Coast Highway. Owner of store at 
Smith River, California, requests suggestions in regard to 
erection of sign at north enc of Winchuck River Bridge. 

North Bend. Chamber of Commerce and Coos Bay Times suggest 
improvement on Sherman Avenue to remedy slippery condition. 

Interstate Transit Lines, Omaha, Nebraska, express appreci- 
ation of courtesies extended by maintenance crews. 

Portland. Interstate Avenue. Damage to plate glass windows 
due to rocks being thrown by passing cars. 

Old Oregon Trail. Walter Meacham, Portland, inquires regard- 
ing designation on future highway meps. 

W.P.A. Commission approves following projects: 

Wolf Creek Highway, clearing and grubbing east from Sunset 

Camp to Buxton; 

Wilson River Highway. Beautification project; 

Upper Columbia River Highway. Tooth Rock roadside beauti- 
fication project; 

Wilson River Highway, clearing ana grubbing between Jordan 

Creek and Washington County Line. 

Wolf Creek Highway. W.P.A. clearing project from Sunset 
Camp to Buxton Road epproved. 

Wilson River Highway. W.P.A. beautification project and 

clearing and grubbing W.P.A. project approved. 
Columbia River Highway. Tooth Rock roadside beautificetion 


project. 


Commission approves sponsoring as W.P.A. project. 


Subject 


Portland. Purchase of flashing signals for installation on 
82nd Avenue authorized. 

Tualatin Valley Highway. Installation of flashing signal at 
Sylvan Road intersection. 

Pacific Highway. Installation of flashing signal at inter- 
section of Pacific Highway West and old Capitol Highway. 

Flashing beacons. Purchase of six overhead beacons for in- 
stallation as may be required authorized. 

Baker Gounty. Baker-Unity Highway. Highway work performed 
ty U. S. Bureau of Reclamation accepted. 

Salem. North Salem Undercrossing. City Council refuses to 
pay portion of cost of lighting. 

Oregon City. Parking of cars on Fifth Street. Commission re- 
quests City to adopt "no parking" ordinance. 

Award of additional contracts to b= deferred if City Council 
refuses to prohibit parking of cars. 

C. T. Gates, Portland, requests conference in connection 
with his property on Fifth Street, Oregon City. 

American Road Builders’ Association. Engineer authorized to 
join association at state expense, as requested by San Fran- 
cisco Convention and Tourist Bureau. 

Advertising space offered for Oregon exhibit at 1938 Road 
Show in Cleveland, Ohio, during January. 

North Santiam Highway. Stayton Chamber of Commerce requests 
completion regardless of prospects of power dam construction. 

Lane County. Oiling of secondary highway from Elmira west 
to Badger iiountain requested by F. W. Deedon, et al. 

Nehalem Secondary Highway. Jewell Grange No. 876 requests 
oiling between Jewell and Mist. 

Baker County. Sumpter Velley Secondary Highway. Granges re- 
quest guard rail construction between McEwen and Salisbury. 

Lane County. County Judge suggests construction of new route 
through Cottage Grove as unemployment relief project. 

Traffic fines. State Treasurer offers cooperation in ccllect- 
ing traffic fines 

Grant County. Improvements to road between John Day-Burns 
Highway and old highwey south of Canyon City requested by 
County Court, et al. 

Toll bridges. Reimbursement by Government for non-collection 
of toll on publicly-owned toll bridges. 

P.W.A. Program. C. C. Hockley, State Director, P.W.A., ed- 
vises projects submitted in program have been approved. , 

Oregon Coast Highway. Sidewalk construction through Ocean 
Lake and Taft districts requested. 

Woodburn. Rerouting of Hillsboro-Woodburn Secondary Highway 
along extension of Young Street requested. 

Redwood Empire Association. Letter of appreciation for Com- 
mission's interest in development of Redwood Empire. 

Molalla. Improvement of secondary highway through town re- 
quested by City Council. 


Portland, Oregon, July 28, 1937 


The State Highway Commission met in special session at 9:30 o'clock 
p» m. dn the Rose Room of the Benson Hotel for consideration and disposal of 
accumulated routine matters. Present were: 


Henry F. Cabell, Chairman 

E. B. Aldrich, Commissioner 

F. Le Tou Velle, Commissioner 

R. H, Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. 3B. Glaisyer, Secretary 


A delegation from Roseburg consisting of County Judge George K. 
Quine, A. C. Marsters, Senator C. W. Clark, and W. C. Harding, Secretary of 
the Roseburg Chamber of Commerce, was present in the interests of the North 
Umpqua road. They renewed their request for the designation of this road as 
a federal aid secondary state highway and reiterated arguments previously sub- 
mitted in support thereof. They were informed that the Commission cannot do 
what they ask without deviating from its established policy in regard to such 
matters and without destroying the rights of the other counties and districts 
of the state to their just share of the state highway revenues; however, the 
Commission is willing to consider designating a portion of this road, from 
Roseburg to Glide, as a federal aid secondary highway when the selection of 
roads for such system is discussed later in the year. 


Mr. Marsters then brought up for discussion the matter of the state 
obtaining a lease of the Murphy gravel pit which is owned by the county and 
which the state needs for a surfacing contract between Wilson Ranch and Para- 
dise Creek on the Umpqua Highway in Douglas County, the contract for whith 
has already been awarded. He said that the County Court is two to one against 
deeding or leasing this property to the state and, if the state has to have 
it, he would recommend that it be acquired by condemnation. Judge Quine con- 
curred in the recommendation. The Commission's Attorney advised that the Com- 
mission has legal authority to condemn the property if it cares to. The En- 
gineer advised that the gravel bar is badly needed for highway purposes end 
the right of way between the highway and the bar is also needed. Chairman 
Cabell expressed his reluctance to condemn county-owned property which, to 
him, would be working against the county court rather than in harmony with it. 
After discussion, the Commission deferred « decision in the matter until later. 


The Commission discussed, with the following employees of the State 
Highway Department, matters pertaining to the derailment of the 0.W.R. & N. 
Company's train near Multnomah Falls on the 2lst day of February, 1936: J. N. 
Bishop, Maintenance Engineer; K. D. Lytle, Division Engineer; William E. 
Chandler, Division Engineer; W. S. Hodge, District Maintenance Superintendent; 
W. M. Strohmeyer, District Maintenance Superintendent; and C. Z. Carns, Fore- 
man in charge of snow removel operations. Each of these employees was ques- 
tioned in order to secure his version of the cause of the wreck and to place 
the responsibility for the same, with a view in mind of obtaining information 
with which to refute the claim of the 0.f.R. & N. Company for damages, 
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Subject 


7718 Nov. 17 Federal Aid Funds. Partial program for 1939 funds selected. 


7719 
7720 


State Funds. Program for 1938 construction adopted. 
Surveys. List of surveys ordered since last meeting con- 
firmed. 
Extensions of time, as follows: 
Consolidated Highway Company, Toledo-Simpson Creek Section; 
Orino, Birkemeier & Saremal, Bonneville-Eagle Creek Section; 
Averill & Corbin, S.P. undercrossing uear Aurora; 
S. S. Montague, Mills Bridge-Jordan Creek Section; 
Parker-Schram Company, Ross Island Bridge-Schiller Street 
Section; 
Harold Blake, Pringle Creek~Illahe School Section; 
Consolidated Highway Co., Inc., Rock Cree-Wallowa Section; 
E. C. Hall, Tolman Creek-Siskiyou Section; 
E. C. Hall, Bend-Crescent Section; 
Jacobsen-Jensen Company, Turkey Hill-Chenoweth Park Sec. 
Edwin C. Gerber, McKenzie Pass-Little Butte Section 
Contracts completed, as follows: 
Poledo-Simpson Creek Section, Consolidated Highway Co.; 
Bonneville-Eagle Creek Section, Orino, Birkemeier & Saremal; 
Salt Creek-Gold Lake Trail Section, Parker-Schram Co.3 
S. P. Undercrossing north of Hubbard, Averill & Corbin; 
Mills Bridge-~Jordan Creek Section, 5+ S. ifontague; 
Pringle Creek-Illahe School Section, Harold Blake; 
Rock Creek-Weallowa Section, Consolidated Highray Co., Inc.; 
Tolman Creek-Siskiyou Section, E. C. Hall; 
Rocky Point Section, Oregon Contracting Co.; 
Turkey Hili-—Chenoweth Park Section, Jacobsen-Jensen Co.; 
Bellevue-Pringle Corner Section, Harold Blake; 
McKenzie Pass-Little Butte Section, Edwin C. Gerber; 
McMinnville Section, Jacobsen-Jensen Company; 
North Roseburg Section, Edlefsen-Weygandt Co.; 
Lafeyette Section, Mountain States Construction Co.. 
Agreements, et cetera, 48 follows: 
Brookings Land and Townsite Company, construction of water 
pipe line across State Park at Brookings; 
Gregon American Lumber Corporation, disposition of claim 
for right of way for Wolf Creek Highway in Clatsop County; 
RBargein and Sale deed conveying to Wm. E. Cushman, 4.9 ac. 
in Jackson County; 
Quitclaim deed conveying to Jonas C. Rowan 0.08 acre in 
Curry County. 


WHEREAS, as a result of negotiations carried on with the 
owners of the property required, options have been obtained, which 
options have been considered by ‘the Commission, outlining the bases 
of settlement which have been agreed upon, and 


WHEREAS, it is the judgment of the Commission that the 
said options should be approved and accepted, and/or the said re- 
ports be declared acceptable to the State Highway Commission as 
bases of settlement for the properties involved, and that the acqui- 
sition of the properties should be completed: 


NOW, THEREFORE, BE IT RESOLVED that the several offers, 
or bases of settlement hereinafter enumerated be, and the same 
hereby are, approved and accepted, and that the Attorney for the 
State Highway Commission be, and he hereby is instructed to com- 
plete tae acquisition of the said properties and to take title 
thereto in the name of the State of Oregon. The said properties 
hereby ordered and authorized to be acuuired are as follows: 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Triangle Lake Section - Siuslaw Highway 


M-190-U. S. Government Park 120 $55 for l-yr. lease Boardman 
Loon. - Umpqua Highway 
M-191-0. S. Government Park 51.51 $6.44 for l-yr. lease " 
Camas Mountain Section - Coos Bey-Roseburg Highwey 
M-60- U. S, Government Park 460 $127.50 for l-yr.lease " 
Klamath County Section - Klemath Falls-Lakeview Highway 
M-188-U. S. Government Park 890 $10.00 for l-yr. lease " 
Alsea-Dead Section - Alsea-South Fork Highw. 
4736-Pearson, M. B. Easement 0.311 %50 lump sum Gardiner 
Bear Creek-Talent Section ~ Pacific Highw 
4562-Phillips, Lena R, 0.14 at €200 per acre sd 
4550-Link, Stella ° 0.98 at £200 per acre 

plus $254 " 
4557-Oregon State College " 1360 sy.ft. at 0.015 sq.ft. plus McCal- 


$169.50, plus moving lister 
pipes and drainage well 


4796-Jackson County (County Hauling road easement 
Farm) Haul Rd. 1.03 over County Farm prop- 
erty - GRATIS Gardiner 
4552-Adams, Oscar Hugh R/V i.e 0.78 ac. at $200 per q 
ac. 0.34'ac. at $100 ig 
per ac. plus $160 Devers ; 


Rainier Section - Columbia River Highway 
4024-Williams, Glen Vi. Drainage Easement-440 su. ft. Gratis Gardiner 
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et cetera, which it alleges it suffered by reason of the said wreck, it being 
the contention of the railroad, company that the wreck resulted from snow being 
thrown on its tracks by Highway Department forces in connection with snow re- 
moval eperations on the Columbia River Highwey nearby. The company submitted 
a claim in the amount of $5,176.04 and advised that such claim would be sup- 
plemented by others as soon as they have been determined. 


It was the consensus of opinion of the above employees that the 
State Highway Department is in no way responsible for the derailment of the 
train although some snow was thrown from the highway onto the railroad tracks, 
but that the wreck was caused by a faulty rail and negligence on the part of 
the railroad company's watchmen. 


It was brought out in the discussion that the railroad company 
wishes to arbitrate this matter if the Commission is not disposed to settle. 
The Commission took the attitude that the Highway Department and the railroad 
company are both partially to blame, therefore, both should assume the pay- 
ment of a portion of the expense involved. Chairman Cabell was authorized by 
the Commission to discuss the matter with Mr. A. C. Spencer, Counsel for the 
Union Pacific System, and to suggest settlement on the following basis in view 
of the contention of the Commission that both parties are more or less to 
blame for the accident: the state to reimburse the company for the cost of 
removing snow that was placed on the railroad company's tracks by Highway De- 
partment forces, the balance of the expense to be assumed by the railroad 
company and the state equally. In the event the railroad company will not 
settle on such basis, then the Commission will agree to submit the matter to 
arbitration if it has to but would prefer settlement otherwise. 


The Commission adjourned at 10:45 o'clock p. m. to reconvene at 
9:00 o'clock the following morning in the same room. 


Portland, Oregon, July 29, 1937 


The State Highway Commission reconvened at 9:00 o'clock a. m. in the 
Rose Room of the Benson Hotel with all members, the State Highway Engineer, 
the Attorney and the Secretary present. 


The Engineer requested authority to acquire certain parcels of real 
property that are needed for various highway improvements throughout the state. 
He submitted a list of such properties together with prices that he recom- 
mended be paid for each. After careful consideration the Commission approved 
the request and by unanimous vote adopted the following resolution in regard 
thereto: 


WHEREAS, in connection with the further improvement of the 
highways hereinafter designated, it is and has been necessary to ac- 
quire property for right of way, quarry sites, gravel or other mater- 
jal sites, or sites for the storage of materials, as hereinafter more 
definitely set forth, and 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Mile Post 35 - Coos Buy-Roseburg Hishwey 


1483-Smith Wood Products Company 


Stockpile 1.06 $300 lump sum Benson 

South Entrance to Mershfield - Oregon Coset Tie Ta 
1785-Fitch, A. L. 285 sq. ft. at 10 cents per 

sq. ft. Benson 
1778-Jones, W. C. " 1432 sq.ft. at 10 cents per 8q- 

ft. nlus $456.80 n 
4,765-Parker, W. M. e 585 sq. ft. at 10 cents per 

sy. ft. ® 
1782-Burkhart, J. F. " 1850 sy. ft. $3,000 lump sum " 
4,781-Rouse, L. K. " 4665 sq. ft. at 10 cents per Sq. 

ft. plus $533.50 ° 


4,784-Olsen, Arthur H. " 255 sq. ft. at 10 cents per 8q- 
ft. plus moving bldgs. " 
4,780-McLarrin, Jesse n 6000 sq.ft. $2,000 lump sum 0 
" 2422 sq. ft. $1,800 lump sum " 


L779-McLarrin, W. D. 
1.777-Kudrne, James . 3795 sq. ft. $1,250 lump sum 


4,767-Estate Dominic D' Ambrosia- Land gratis plus raising 
Slope easement and re-establishing bldgs. " 


Eagle Point-Brownsboro Section - Little Butte Highway 
4799-0. S. National Bank of 2-yr. lease - 3 cents 
Portland, Oregon Gravel pit per cu. yd. Benson 


Bunke: Grade S Section-Coos iver Highwe: 

788¢-Ghrist, Anton J. Slope easement-1800 sq.ft. 1 year gratis n 

1,766-2,764-Youngquist, FA. RAG 1196 sq.ft. $1500 lump sum plus 
moving 2 bldgs. 


4889-Coos Bay Lumber Co,-Slope easement-10, 350 sq.ft. - Gratis 
1.763-Pendleton, F. Ry R/W 4800 sq.ft. $2500 lump sum 


les Wi f Drain - Umpuua Hizaw 
n 


About 4 miles Viest of Drain ~ Umpuus Sisavey 

1.591-Hedrick, George Stockpile 0.99 $100 lump sum 

Siletz Bay-Newport Section - Onggon Coast Highway 

1424~klpha Corporation 517 sq.ft. at 10 cents sq .ft.McCallister 


4440-Kurtzhal, M. L. R/W and slope-3000 sq.ft. at 5 cents sy.ft. 
fn 


easement plus moving bldgs. 

4438-Hull, H. L. R/W 1080 sq.ft. at 10 cents sq.ft. " 
4428-City of Newport " 119 sq.ft. Gratis " 
4,38a-Lincoln County 8 1223 sy.ft. " " 
4924-Arcadia Development on...* 2.41 ac. at $500 per ace 

plus £1250 “3 
4449-Smith, Hannibal R/W 1000 su.ft. at 5 cents sq.ft. 

plus grading lot Dolan 


Slope easement 
4,062-Eaton, Mrs. W.W. . 0.025 ac. at $500 per ac.,l0-ft. 
easement, {5, plus moving 
17,00 Dolan 
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Section, Hwy., and Owner Purpose Acres 


nny 2-4 


1 a 


James S. 


4757-Madden, Lawrence: W, 0.195 


4175-8 > Vern K. 
4172-Tatro, Bert S. 
4165-Home Supply Co. 


4167-Home Supply Co. 
4163-Smith, Lillie Wi. 


4162-Bradley, H. R. 
4164-Petteys, Z. C. 
4171-Roush, Melissa A. 
4160-Smith, F. L. 
4166-4169-Western Cities Co. 
4170-Struck, Frank J. 


4173-Lakeview Round-Up Assn. 
4177-Doak, Dortis 


4155-Bradley, L. F. 
4161-Price, John R. 


4159-Severin, Robt. R. 
4151-Lantsberger, N. X. 
4154-Bond, E. E. 
4174-Davis, Mary K. 


4178-Pappas, Amanda 


eston-Elgin Ni 
0. 56 


West Elgin pb - 
3933-Leonard, Clyde E. 


rse e 
4470-McConnell, G. A. 


nugls -Trail Section - Tiller-Trail hw. 
4858-Gavel, Lloyd &. R/Wi 0.01 Gratis 


0.607 
1.15 
0.605 
2.73 


4895-Flowers, A. F- 
4859-Millard, Vivien 
4896-Smith, S. B. 
4803-Sumner, Walter A. 


4897-Bullock, N. W. 0.605 
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sq.ft.-£50 lump 


Approximate Amounts Agent 


$1.00 for land plus 


$10 McChesney 
$150 per ac. plus 
$100. 75- e 


view Highway 

OO per ac. plus $12 
$75 per ac. plus $160 
$1.00 lump sum 
plus $80.00 
Gratis - plus $60 
$60 per ac. plus $10 
and fencing 
$100 per ac. plus $183 
$50 per ac. plus $60 
$20 per ac. plus fencing 
$40 per ac. plus $208 
$20 per ac. plus fencing 
$75 per ac. plus fenc- 
ing-(60 
$322.60 per 
fencing 


sa2as3:33 2 


ac. plus 


sum plus 
¢100 

$50 ver ac. 
$50 per ac. 
for fencing 
$5 lump sun 
$50 per ec. plus $1315 
$50 per ac. plus $1019 
$500 per ac. plus fenc- 
ing and $80 

$50 lump sum 


plus $743 
plus $181 


$10 lump sum McChesney 


~ Centrai Oregon Hi 


others Section —Centrel Oreson Histuey 
Gravel Pit 18.7 >7.00 per ac. 


Benson 
€15 per ac. " 
$15 per ac. 

$15 per ac. 

$15 oer ac. less 1.61 

acres to be deeded to 
grantor's at $10 per ac. 

$15 rer ac. 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


GiiLien County Section = Coleabis River aa 
4,662-Whitney, Jennie E. Stockpile 0.7 $30 lump sum plus 


fencing Wells 


The Attorney presented an option secured from James C. Hamill for 
the purchase, for the sum of $1,000, of seven lots adjoining Silver Creek ‘ 
Falls State Park in Merion County. He explained that this is a 20-day option 
and must be completed within the next few cays, otherwise it will lapse. The 
Commission preferred to discuss this matter with tue Parks Superintendent be- 
fore making its decision. Accordingly, the matter was referred to Chairman 
Cabell with power to act after securing tne Parks Superintendent's ideas. 


In this connection the Attorney advised that it is quite likely con- 
demnation proceedings will have to be resorted to in order to acquire addi-~ 
tional lots that are needed to fill out this park area, especially property 
owned by a lir. Fred Volz. He requested authority to institute such proceed- 
ings if further negotiations reveal that to be necessary. The Commission ap- 
proved the request and, by unanimous vote, adopted the following resolution 
in regard thereto: 


WHEREAS, by the terms and provisions of Chapter 201, 
General Laws of Oregon, 1925, and other laws of the State of Oregon, 
the State Highway Commission is authorized and empowered to acquire 
land or ground necessary for the develooment, maintenance, and opera- 
ation of parks, parking places, automobile camps, camp sites, pub- 
lic squares, recreation grounds or resorts and land for the preser- 
vation of trees or timber growing thereon; and 


WHEREAS, in the judgment and opinion of the State Highway 
Commission it will be for the convenience of and is for the best 
interest of the general public that there be acquired for public 
purposes, to wit: for the purpose of develoning and maintaining 8 
park, parking place, automobile camp, recreation ground and/or 
resort, and for the ourpose of making it possible for the Highway 
Commission to preserve the timber growing thereon, the following 
described parcels of land, to wit: 


Fred Volz, Kittie Volz and Ruth Volz property: 


Blocks 12, 13, 14, 15, 16, 17, 18, 19 and 20; Lots l, 2, 
3, 4) 5, 12, 13, 14, 15, and 16 of Block 21; all of Blocks 
22 and: 23; Lots 2, 3, 4» 5, 6, 7, 8, 9, 10, li, 12, 13, 4, 
and 15 of Block 24; all of Blocks 25, 26, 27, 28, 29, 30, 31, Me 
32, and 33; and fractional Blocks 34, 35, 36, 37, 38, and the Bin 
north 70 feet of Blocks 39, 40, 41, 42, 43 anc 44 of Silver 
Falls City, located in Section 14, Township 8 South, Range 1 
East, W. M., Marion County, Oregon. 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Siletz Bay-N ecti egon Coast H way 
4058-Reed, Vernie Slope Easement 0.06 200 per ac., 10-ft. 


easement, $6.00, plus 
. $19.15 Dolan 
4443-Mackey, E. L. Slope Easement-1080 sq. ft. at. 5 cents sq. 
_ ft. plus moving bldgs. 
4925-Betts, Geo. W. n 0.33 $100 per acre 
; Valley Failsinder Butte Section - Lakeview-Burns Highway 
4792-State Land Board Stockpile 1.71 acres-$20 lump sum McCallister 
‘5 West Portland—Cook Seersne SLE ~ West Portland-Hubbard Highway 
¥ 3900-Ehle, Glen S. 4.132 $500 per ac. Parker 
4 3638-Sherrer, Eugene " 68,600 sq.ft. at 16.3 cents 
4 5G. ft. ® 
4 
\ 


qefte at 10 cents sq.ft. 


239% J Se DK VOns J Lun : 
4891-Ponderosa Moulding Co. R/W 34,656 s 


' plus moving, $11,285.93 * 
| t ction-Centrei Ore Hi 
. a 4874-Haines, Fred Gravel Pit 4.01 $100 lump sum Williams 
a 
gt Forest Boundary-Long Creek Section - Pendleton-J 28 Day Highway 
i 4857-Jones, Matt L. Stockpile 0.34 20 lump sum plus 
moving fence Wells 


a Nisei ld 


“ul tnomah Co’ ction ~ Pacific Highw t 
1538-Olds, Revil et al af 1.78 $300 per ac. plus 


$1955.50, plus $610.50-Devers 


S ch-Flora Junction Section - Le - rprise 

3784-Stone, Emma D. et al 9.70 5.89 ac. et $25 per ac. 
3.81 ac. at $10 " "” 
plus $227.65, plus 


4 $387 fencing DeSouza 
j McMinnville-Rickreall Section - Pacific Highway West 
i 4750-Tresham, J. S. Borrow pit 
easement 2.004 $125 per ac. McChesney 
4750-Tresham, J. S. Borrow pit 
easement 0.857 $100 per ac. n 


> Drews Valley Section - Klamath F Lakeview Highw. 
4719-Hook, Gwendolyn S. a 0.71 $20 per ac. plus $10.80 " 


tle Point Section - Coos Bay-Rose Highw. 
795-Dey, Ross * Stockpile 0.30 $100 per ac. plus fencing-Benson 


th 
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The Attorney requested authority to institute condemnation proceed- 
ings to acquire right of way needed for the Short Sand Beach Creek Section of 
the Oregon Coast Hijhway scross property owned by The Preston Company, 4 
Michigan corporation,negotietions with the cornany having proved unavailing. 
The Commission approved the request and by unanimous vote adopted the follow- 


ing resolution in regard thereto: 


WHEREAS, the State Highway Commission is by law author- he 
ized and directed to lay out, locate, designate, construct, im- 4 
prove, and maintain « system of state highways in the State of 
Oregon, and to acquire rights of way and to declare the necessity 
and need for the acquisition thereof, and the advantages to be 


gained thereby; 


NOT, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission as follows: 


1. That the State Highway Commission does hereby find 
and declare that it is necessery and will be of advantage to the 
State of Oregon and there is need that the State acquire for right 
of way purposes in connection with the permanent location, con- 
struction, Ve toe eat and maintenance of the following section 
or sections of the state highway system of the State of Oregon, 


to-wit: 
Short Sand Beach Creek Section of the Oregon Coast Highway 


land and property owned by or in possession of the following per 
ties and/or persons, to-wit: 


The Preston Company, 4 Michigan corporation 


as their respective interests may appear, and this Commission does 
hereby declare further thet the said property or properties are 
necessary, are needful, and the acquisition thereof will be of ad- 
vantage to the State of Oregon for right of way purposes in order 
to make it possible for the State Highway Commission to properly 
locate, construct, end maintain said portion or portions of the 
said state highway system in accordance with standards adopted by 
this Commission relative to curvature, grades, alignment, drain- 
age and factors of safety. 


2. That the State Highway Engineer be and he hereby is 
instructed and directed te properly survey the parcel or parcels 
of lend required for such right of way purposes and orepare proper 
and adequate descriptions thereof, which descriptions shall be em 
: ployed in the preparation of a deed or deeds or other instrument 
or instruments necessary to complete the acquisition of the said 
property or properties or which descriptions may be used in the 
preparation of 4 complaint in the event that condemnation proceed- 


ings are necessary. 
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. ry: 


Lot 2, Block 26 of Silver Falls City, located in Section 
14, Township 8 South, Range 1 Last, W. Mis, Marion County, Oregon. 


and 


WHEREAS, in the opinion and judgment of the State Highway 
Commission it is necessary that title to the said parcels of land be 
procured for the purposes herein stated; 


NOW, THEREFORE, BE IT RESOLVED that the seid parcels or tracts 
of land be and the same hereby are declared by this resolution to be 
necessary for the purposes herein stated; end 


BE IT FURTHER RESOLVED that title to the said parcels or 
tracts of land be acquired by the State of Oregon for the purposes 
herein stated. 


BE IT FURTHER RESOLVED that the best interests and conven~ 
fence of the general public require that title to the said tracts 
of land be acquired for the purpose of developing and maintaining 
the same for park, parking place, automobile camp, recreation grounds 
and resort purposes, and for the purpose of preserving the timber 
growing thereon and making the said parcels or tracts of land gen- 
erally available for the use and enjoyment of the general public. 


BE IT FURTHER RESOLVED that an effort be made to agree 
with the owner or owners of the said parcels or tracts of land upon 
the compensation to be paid for the taking of the same and the dam- 
age, if any there be, and in the event that no satisfactory agree- 
ment can be reached it is further resolved that the Attorney General 
of the State of Oregon and J. M. Devers, Assistant Attorney General 
and Attorney for the State Highway Commission be and they are here~ 
by requested to negotiate with the said owners for the purchase «nd 
acquisition of the said parcels or tracts of land, and in the event 
that they are unable to reach a satisfactory agreement with the 
owners of said parcels of land they are hereby requested and in- 
structed to commence and prosecute to a final determination such 
actions, suits, or proceedings as may be necessary and appropriate 
to acquire title in and to the said parcels or tracts of land and 
all rights therein for the purposes herein stated. 


The Attorney reported the results of negotiations with Mr. J. B. 
Leber for right of way needed for the Eagle Creek-Cascade Locks Section of the 
Columbia River Highway. He advised that Mr. Laber demands a2 lump sum of $350 
for 1.53 acres required which, in his estimation, is exorbitant. He recom 
mended condemnation in the event that Mr. Laber will not reduce the price. 
The Comaission approved the recommendation by unanimous vote. 
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eceipt of « letter from Mr. A. K. McMahan, 

r Company, Albany, Oregon, with respect 
tain streets in Albany with its 
has had a franchise for many 


The Attorney reported r 
Attorney for the Mountsin States Powe: 
to the power company's franchise to occupy cer 
water mains. It appears that the power company 
years granting it the privilege of constructing 
on city streets in Albany and that the company has a large main that will be 
affected by the proposed rerouting of the Pacific Highway through this town; 
further, that it will cost a considerable sum to reconstruct this pipe line 
to fit the highway improvement and that the company 
state should assume this expense in view of its franchise but is willing to 
cooperate with the state in the reconstruction of its facilities. The At- 


torney suggested that, {inasmuch as the company's right to maintain its pipe 
lines on the Albany city streets is of long standing, it would probably be 

advisable to enter into some sort of agreement with the company and the City 
of Albany with respect to the readjustment of the pipe line facilities. The 
Commission deferred action on this matter pending investigation end report by 


the Engineer. 


. The Commission considered 
Secretary of the Interior with respec 
land that is needed for right of way 
Highway No. 412 in Baker County. 


The Commission had under discussion the claim of Mr. Jack Robertson 
for damages to his property that he alleges resulted from the construction of 


the Barron Greek-Siskiyou Summit Section of the 
County. ‘4% appears thet a deep cut was made through Mr. Robertson's property 
and, size “he “onstruction of the same, 4 slide has developed which endangers 
his *~ ‘~ ete at the top of the cut, in fact, conditions are such that it 
is 1: «ze for Mr. Robertson to occupy the house and he is seeking dam- 
ag j etr.te by reason thereof. The Attorney confirmed Mr. Robertson's 
r .gewars Division Engineer Lytle, who was present, stated that there is 
» Que. wut that the highway improvement caused the slide and the unsafe 
sond?.tior. . he recommended that the Highway Commission buy Mr. Robertson's 
house and ».y him a certain amount as damages. After discussion, the Commis- 
sion unanimous vote authorized the Attorney to negotiate 4 settlement with 
Mr. Robertson on the theory that the state is liable for the damage that has 


occurred. 


and signed an application directed to the 
t to the acquisition of government-owned 
for the Robinette-Homestead Secondary 


The Commission also had under consideration the cleim of Mr. Al 
Campbell for extra compensation for removing whet, is known 8s the Frances Gray 
building from the newly acquired right of way for the Pacific Highway at 

Halsey. It appears that Mr. 
sum of $310 and that the next lo 
thet it actually cost Mr. Campbell {607.20 


lose $297.20 by reason of fulfilling his contract with the C 
Campbell alleged that he 


the Commission will assume this extra expense. Mr. 

did not know at the time that he submitted his offer the condition of the 
foundation of the building and that the sills of the same were in a bad con- 
dition of decay; further, thet it was necessary for him to revise his plans 


for the removing of the building 


because of the fact that adjacent property» 
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3. ‘That the boundaries of the said parcel or parcels 
of land, as defined and determined by the said survey e by the 


said Highway Engineer, along the route or location adopted by the 

Commission, shall be and the same hereby are adopted and 
the lamis defined therein are hereby declared to be and the same 
are included within the rights of way of the said portion or por- 
tions of the said state highway system and hereby are declared to 
be necessary for the proper location, improvement, construction, 
and maintenance of the said portion or portions of the state high- 
way system. 


4. That I. H. Van Winkle, Attorney General of the State 
of Oregon, and J. M, Devers, Assistant Attorney General and Attor- 
ney for the State Highway Commission, be and they are hereby re- 
quested, authorized, and directed to attempt to agree with the 
owner or owners and/or with the tenants or persons in possession, 
if there be any, of said parcel or parcels of land with respect to 
the compensation to be paid for the teking of the same and the dam- 
age, if there be any, and in the event that no satisfactory agree- 
ment, or agreements can be reached, then it is hereby further resolved 
that she Attorney General of the State of Oregon, and J. M. Devers, 
Assistant Attorney General and Attorney for the State Highway Com- 
mission, be and they hereby are requested to commence and prosecute 
to a final determination such suit or action, or suits or actions, 
as may be necessary and appropriate to acquire title to the said 
premises and ali rights therein for the purposes herein stated. 


5. That this resolution be entered in full in the minutes 
and records of this Comission. 


The Commission had under consideration the matter of securing title 
insurance in connection with real property purchases and decided to continue 
the present, practice in regard thereto. 


Reconsideration was given by the Commission to the use of the Pacific 
Highway right of way, & short distance north of Drain, by the Earl Harris Lum 
ber Company for the conduct of its lumber business. The Engineer advised that 
the company was ordered to discontinue its operations on the highway right of 
way but refused to do S0- The Commission thereupon instructed the Attorney 
to take the necessary legal steps to ferce the company to discontinue its 
operetions on this road. 


The Attorney requested instructions in regurd to the acquisition of 
right of way for the proposed rerouting of the Pacific Highway East through 
the town of Albeny. The Commission authorized him to take options for such 
right of way at once and to ask the Linn County Court and the Albany City 
Council to refrain from disposing of any of their property across which the new 
highway is routed ‘antil it has been determined definitely whether or not the 
State needs it. 
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right of way and the area between the hua and new highway locations is worth 
about $4,500 or $5,000. He also said hat such estimate is based on con- 
ferences that he held with former County Judge tra Wade of Toledo and Mr. 
Paul Baird, real estate deeler of Depoe Bay, both of whom estimated the value 
of the property between (4,500 tnd $5,000. He also quoted from a letter re- 
ceived from Mr. Ed ililler, Maneger of the Oregon Coast Highway Association who 
estimates the value of the right of way at $6,000 an the value of the entire 
holdings of Mrs. Lee, aggregating some 50 acres, at $15,000. The Commission 
deferred a decision it this matter pending the recommendation of the State 
Parks Superintendent on August 12. The Attorney was instructed to render 4 
full and complete report on the subject at that time. 


The Attorney reported results of negotiations with the Oregon Ameri- 
can Lumber Corporation for the acquisition of right of way for the “olf Creek 
Highway through the company's holdings. He seid that the company accepts the 
offer of the State to pay $12,724 for timber taken by the State, which is at 
the rate of $3.50 per thousand feet, and accepts the offer of §800 to cover 
added costs of logging the timber which has been isolated by the highway; also, 
it accepts the State's offer of $162.13 as reimbursement for engineering ex~- 
pense paid by the corporation and {667.10 for land deeded to the State at the 
rate of $10 per acre; but the company will not accept the State's offer of 
$1,000 to cover added cost for logging the company's timber that has been iso- 
lated to the south and west of the highway but demands instead the payment of 
$4,500 for such item. He recalled that the Commission agreed at one time to 
allow the company to log across the highway and also agreed to restore the 
roadbed when the hauling was completed, which expense the Engineer estimated 
at the time would amount to about $3,000, He gave as his thought that con- 
sidering this feature it would be advisable to settle with the company for the 
full amount that it has agreed to accept, namely ¢18,853.23. After discussion 
the Commission, by unanimous vote, authorized settlement on such basis. 


The Attorney reported on his investigation of the E. J. Rodgers' 
matter, at Roseburg, &S instructed by the Commission at the previous meeting. 
He said that he is convinced thet tr. Rodgers did not understand, when he 
donated the right of way for the Pacific Highway revision in front of his camp 
ground in Roseburg, that the grade of the new highway would be geverel feet 
lower than the present road in front of his premises and, in his estimation, 
the Commission is justified in reopening this case. He further stated that 
Division Engineer Lytle estimates that it will cost about $1,079 to regrade 
Mr. Rodgers' property so that Mr. Rodgers' cebins will occupy the same rele- 
tive position with respect to the new highway grade that they occupied with 


reference to the original street grade. He gave a5 his thought, under the 
circumstances, that the Commission is fully ustified in helping Mr. Rodgers 
if it wants to so that he will not lose his investment and, accordingly, 
recommended that the Commission authorize the regrading of ir. Rodgers' premi- 
ses so that the buildings will occupy the same relative position that they 
occupied before with respect to the street. After discussion, in which it 
appeared to the Commission taat Mr. Rodgers had an honest misunderstanding of 
the Commission's plaus, the Commission approved by unanimous vote an expendi- 
ture of state funds for the readjustment of ir. Rodgers’ premises in accord- 
ance with the recommendations of the Attorney. 
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across which he contemplated moving the building, was later rendered wnavail- 
able for his use. After considerable discussion of this matter and in view 
of the fact that there was an apparent error in the judgment of both Mr. 
Campbell and the representative of the State Highway Department, the Commis- 
sion indicated that it would pay ir. Campbell at least a portion of this extre 
expense provided it would not establish a precedent that would act to the 
State's detriment in disposing of similar claims that might arise in the fu- 
ture. The Commission thereupon referred the matter to the Engineer and the 
Attorney for further investigation and to work out 4 solution. 


The Commission had under consideration a supplemental report from 
Division Engineer W. C. Williams in regard to the acquisition of right of way 
for the John Day-Burns Highway in the town of Canyon City. His original re- 
port was to the effect that additional right of way is not absolutely re- 
quired but, since submitting the same, he has been in further consultation 
with the city officials who now desire to deed to the state for right of way 
purposes an additional ten-foot strip on the west side of the highway ,which 
would provide for a 40-foot width on that side of the center line, if the 
State in return will fill in the area to @ level with the highway. The city 
alleges that, if the State cannot cooperate in this matter, it cannot control 
encroachments beyond a distance of 30 feet from the highway center line. The 
Engineer estimated that the cost to fill the area in question, which is about 
two blocks long, would be approximately $400. He also estimated the value 
of the right of way at $350. He recommended acceptance of the city's offer. 
The Commission approved the Engineer's recommendation by unanimous vote and 
referred the matter to him and the Attorney to work out the details. 


The Attorney reported thet the people of Cottage Grove are extremely 
anxious for the Commission to proceed with the acquisition of right of way for 
the proposed revision of the Pacific Highway through that town so that con- 
templated improvements m2y go forward. The Commission authorized him to ° 
negotiate for such right of way and to take options for the same, at least to 
make & start. In the discussion of this matter it developed that the location 
survey has not yet been made for this proposed improvement. The Commission by 
unanimous vote authorized and instructed the Engineer to make such location 
survey at once and to furnish the Attorney with descriptions of the property 
that are needed for right of way. 


The Commission had under discussion a letter from the Attorney sug- 
gesting, in view of the large amounts that the Commission is spending for right 
of way for highway improvements, that more study should be made of the cost 
of right of way in the adoption of highway locations. This matter was dis- 
cussed at considerable length and, while no definite action was teken thereon, 
the Commission indicated that it was not in favor of sacrificing prover high- 
way locations for right of way costs. 


The Attorney submitted 4 supplemental report regarding the Olive M. 
Lee property, @ portion of which is required for right of “ay for a proposed 
revision of the Oregon Coust Highway between Rocky Creek and Otter Crest in 
Lincoln County. He said that he originally estimated the value of this prop- 
erty at $100 per acre but is convinced now, after further study, that the 
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Attorney to again contact the officials of the Bridal Veil Timber Compeny, by 
letter, and advise them that the State of Oregon, by and through its State 
Highway Commission, is the owner of the real property lying between high and 
low-water mark along the Golumbia River between certain termini which defi- 
nitely include the area on which the company proposes to construct its tram- 
way, log dump and booming ground and, therefore, any use of or encroachment 
upon said property by the Bridal Veil Timber Company is unauthorized and done 
at the peril of the said company; also that any conferences and/or negotia- 
tions with respect to any use of or encroachment upon the state's property or 
with respect to the contemplated construction of tramway and log dump or 
booming ground at the site proposed must not be construed or in any way deemed 
consent tp, on the part of the State Highway Commission, or approval of the 
company's contemplated plans and procedure. He was also instructed to sug- 
gest to the company officials the advisability of giving study to the placing 
of its facilities beyond the reach or effect of tne proposed highway embank- 
ment so - to cause no interference with highway construction work when that 
is started. 


The Commission adjourned av 12:00 o'clock noon to reconvene &t 1:30 
o'clock p. m. in the same room. 


The State Highway Commission reconvened at 1:30 o'clock p. m. in 
the Rose Xoom of the Benson Hotel with all Commissioners, the State Highway 
Engineer, the Attorney and the Secrétary present. 


W. H. Lynch, District Engineer, H. D. Farmer, Senior Highway En- 
gineer, and T. M. Davis, Highway Engineer, representing the Bureau of Public 
Roads, conferred with the Commission in regard to several mutual road problems. 
Mr. Lynch advised that on July 8 he reported to the Commission accumulated 
savings totaling about $80,000 from forest highway projects recently contract- 
ed and since that time additional savings in the amount of approximately 
$40,000 have accumulated, making a total of about £120,000. He recalled that 
the Commission approved the expenditure of the $80,000 for additional con- 
struction work on the Willamette Highway and that the construction program for 
this road was rearranged inasmuch as it was thought that, by so doing, the 
completion of this highway could be advanced about one year. He suggested, 
inasmuch as there cre now $40,000 additional forest highway funds available 
for programming, that the original program be restored and that the entire 
savings, amounting to $120,000, together with $20,000 of state money, be used 
by the Forest Service to finance the construction of the Willamette Highway 
tunnel, the estimated cost of which, exclusive of lining, is $140,000. After 
a considerable discussion Mrs Lynch's suggestion was approved by the Commis- 
sion subject to the condition that the State will not have to pay its $20,000 
before October 1, 1937. The following program for Willamette Highway con- 
struction was thereupon approved by the Commission by unanimous vote: The 
Bureau of Public Roads shall construct the tunnel section, estimated st 
$140,000, and the short section immediately east thereof, estimated at 
$100,000. The State Highwey Commission shell construct, 48 4 federal aid proj- 
ect, the second section east of the tunnel section which is estimated to cost 
$130,900. 
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The Commission had under discussion a plan for the disposal of the 
East Court Street matter in Pendleton, which street was ordered closed by *he 
Public Utilities Commissioner by order No. 3304, dated April 9, 1936, upon 
completion ¢f the construction of an overhead viaduct over the main line tracks 
of the 0. W. R. & N. Railroad Company at this place. The plan provides for 
the leaving of East Court Street open for traffic and for the closing of Aura 
Street which now crosses seven tracks of the railroad company near its depot 
in Pendleton. It uppears that this plan originated with Mayor Lieuellen, 
Pendleton, and has been approved by the city council and likewise meets with 
the approval of the Union Pacific System officials. The Engineer advised 
that, if this plan is adopted, it will be necessary to construct an oil sur- 
face on four blocks of city streets adjacent to Aura Street which he esti- 
mated would cost about $1,500, but it would eliminate the necessity for con- 
structing a pedestrian grade separation on East Court Street and would make 
umnecessary the acquisition of right of vay for the proposed connecting 
street through the Vey property between Benefit Street and Turk Street which 
involves condemnation. He guve as his thought that the plan is & satisfac- 
tery solution of the East Court Street problem and recommended adoption of 
the seme. After considerable discussion the Commission approved the recom- 
mendation by unanimous vote upon motion of Commissioner Aldrich which was duly 
seconded by Commissioner Tou Velie. The Engineer was authorized and instruct- 
ed to proceed with the carrying out of the provisions thereof at once. 


The Attorney brought up for discussion and instructions the matter 
of the controversy between the Commission and the Bridal Veil Timber Company 
relative to the use and ownership of the real property lying between the high- 
and low-water mark along the Columbia River in the vicinity of Corbett. It 
appears that the Bridal Veil Timber Company secured a lease from the Corbett 
Investment Company for the use of certain land that it needed in connection 
with its logging operations and has also obtained a permit from the United | 
States War Department authorizing, under certain conditions, the construction 
of a booming ground for a distance of about 2500 feet along the shore of the 
Columbia River at this location. Also, the company is now driving two rows 
of piling, 150 feet apart, on the property owned by the State Highway Commis- 
sion for use in connection with such booming ground regardless of the rights 
of the State Highway Commission to control such property, and the com 
wants the State Highway Commission to pay the cost of moving the piling be- 
yond the limits of the proposed new highway when it becomes necessary for the 
piling to be moved by reason of the construction of this highway. 


The Engineer advised that the State Highway Comission holds a per- 
mit granted by the War Department,before the company secured its permit, by 
waich permit the Commission is authorized to construct an embankment along 
the Columbia River at certain points and under which the Comission is author- 
ized to use the same area for embankment slopes. He gave as his thought that 
the use of this erea by the Bridal Veil Timber Company for its booming ground 
will interfere with highway construction and suggested that the company be 
not allowed to place its piling in this area. 


After considerable discussion, in which the Commission indicated 
concurrence in the Engineer's suggestion, the Commission instructed the 
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Mr. Frank L. Shull, Chairman, Board of County Commissioners, Mult- 
nomah County, came before the Commission and requested an advance of a por- 
tion of Multnomah County's share of the gasoline and motor vehicle tax fund 
that is payable to the county in December, 1937. He explained that the county 
has a number of important road projects that it wishes to complete this year 
but does not have funds available to finance the same and they would appre- 
ciate it if the Commission would grant tneir request so the jobs can go for- 
ward to completion. He estimated that the county would need about $27,000, 
of which $10,000 should be turned over to the county during the month of Aug- 
ust and the balance later. The Attorney edvised that the Commission has legal 
authority to do this upon 4 satisfactory showing by the county that it has 
not sufficient funds with which to pay, when due, bonded indebtedness incurred 
for highway purposes. After discussion, and in view of the apparent urgency 
of the demand, the Commission epproved the request by unanimous vote. The 
matter was referred to the Attorney to discuss the legal features with the 
District Attorney of Multnomah County and to prepare the necessary papers pro- 
viding for the payment of $10,000 to the county in the month of August and @ 
sufficient additional amount after October 1 to meet the county's requirements. 


The Commission also discussed with Mr. Shull the matter of preserv- 
ing the vacant lots which are owned by the county and are situated adjacent 
to the Pacific Highway West (Barbur Boulevard). The Engineer advised that at 
a previous meeting the Commission authorized the landscaping of these lots, 
if the county would deed them to the-state, so that the aesthetic features of 
this road may be preserved. Mr. Shull geve as his thought that the county 
would accept the state's offer but he requested an opportunity to discuss it 
with the other members of the Board before making a definite reply. Chairman 
Cabell advised that he believed the Stete Highway Commission would be willing 
to pay the county something for these lots, at least the amount that they have 
cost the county. Mr. Shull agreed to furnish the Commission with a list of 
the lots in question and to give the Commission 4 definite answer shortly. 


A similar proposition was agreed to in regard to county-owned land 
lying along the south side of the 0.W.R. & Nl. railroad between Lombard Street 
and Sandy Boulevard, the route of the proposed secondary state highway. The 
Commission referred this matter to the Assistant Attorney, J. W. De Souza, to 
work out the details with ifr. Shull. 


The Engineer reported on the matter of rerouting the state highway 
along Astor Street in the city of Astoria 4s previously ordered by the Commis- 
sion. He stated that the right of way for the westerly end of this project 
has been arranged for, that Block 55 is largely owned by the city or the 
county, and that the county owns some property along the suggested route oe- 
tween 15th and 16th Streets; further, thes recently 4 filling station was con- 
structed on the proposed route at the intersection of 15th and Commercial 
Streets which the state would have to purchase, and there is also a small 
brick building across the street at this intersection which would have to be 
purchased. He further advised that the city of Astoria has been attempting to 
secure the right of way by the exchange of municipal and county property and 
has done so, in so far as possible, but indications are that the city cannot 
secure all of the right of way by that means, therefore, if the project is to 


JUL 29 1934. 


Mr. Lynch inquired as to what progress is being made for the acqui- 
sition of right of way for the Eagle Creek Forest Highway project on the 
Columbia River Highway in Hood River and Multnomah Counties. He said that he 
is ready to advertise this project for bids but cannot do so until the right 
of way matters have been cleared up. He was informed that the right of way 
department is ready and anxious to complete the negotiutions for such right 
of way but is precluded from doing s0 by reason of the fact that the plans for 
the project have not yet been approved by the 0. W. R. & N. Company officials; 
however, it is thought that the approval of such officials will be received 
shortly. 


The matter of the construction of the state's portion of the Weston- 
Elgin Highway, extending from Elgin northwesterly to the forest boundary in 
Union County was brought up for discussion by Mr. Lynch. He said the govern- 
ment work on this road is ebout completed and, in his estimation, the state 
should do something soon toward the completion of its section in accordance 
with previous agreement ana understanding. He was informed that the Commis- 
sion at one time included this project in its proposed P.W.A. program and 
filed an application with the Federal Government for P.W.A. funds to assist 
in financing the same but the application was not approved by the officials 
in Washington, D. C., although it passed the local officials. Further, that 
on account of a recent change in the rules and regulations governing the P.W.A. 
grent moneys, there is 4 nossibility that this project along with the others 
in the program can be revised; hence, the Commission hesitates to allocate 
other funds for such purposes until it is known definitely whether or not it 
can secure the P.W.A. funds. 


The State Highway Engineer gave as his thought that this information 
should be availeble shortly in view of the fact that Congress is contemplating 
adjournment about the middle of august and the matter should have been dis- 
posed of before that time. It was his suggestion that a definite decision in 
the matter of funds for the Weston-Elgin project should be deferred until it 
is known whether or not the State is going to secure the P.W.A. moneys. 
Chairman Cabell concurred. After further discussion Mr. Lynch was informed 
as follows: That it is the pian of the Commission to contract this work 
either this fall or in the early spring end to finance the same as a P.W.A. 
project if possible. In the event that P.\.A. funds cannot be secured, then 
the Commission will construct it, if possible, as a Federal Aid Secondary 
Highway or as 4 strictly State project. The Commission ordered that the 
Elgin Community Club and others who have made inquiry concerning this job be 
likewise informed of the Commission's decision. 


Mr. Lynch brought up for discussion the matter of financing the 
proposed Albany grade separation project. He pointed out that there is only 
$30,000 of federal) grade separation funds unellocated and that the contract- 
{ng of this project would have to be deferred until next year, when the fis- 
cal year 1939 moneys are available, unless the Highway Commission will agree 
to advance State money to finance the work until the federal moneys are 
available, He said that, if the State would advance needed funds, the Gov- 
ernment would reimburse the State next year. The Commission deferred a de- 
cision in this matter until its meeting on August 12. 


JUL 29 1937. 


control signals in this city except on Main Street at its intersection with 
Nint+, Eighth, Seventh and Sixth Streets and at the intersection of Klamath 
and Sixth Streets, with possibly another one at the intersection of Main and 
Fifth Streets; also, that a flashing beacon should be installed on South Sixth 
Street at the point where the street crosses over the railroad tracks inasmuch 
as a traffic hazard now exists at this location by reason of the fact that the 
bridge is only ebout half as wide as the street and is offset so that the west 
rail and felloe-guard ere directly in the path of south-bound vehicies. He 
gave as his thought that the cost of the traffic control lighting should be 
borneexclusively by the City of Klamath Falls but that the state should pay 
for the flashing beacon at the railroad crossing which is estimated to cost 
$100, After discussion the Commission approved the report and instructed the 
Engineer to send a copy of the same to the City of Klamath Falls. The Commis- 
sion also approved the installation of a Red-Head flashing beacon at the rail- 
road crossing on South Sixth Street, at state expense, it being understood 
that the City of Klamath Falls will furnish the electricity to operate the 
signal and will pay the cost of the lamp maintenance. 

The Engineer reported receipt of a request from the City Council of 
West Salem for the installation of a traffic signal on the Salem-Dallas Highway 
at its intersection with the city street near the city hell at the west end of 
the town. He recommended the installation of 2 three-way, one-color, flashing 
signal at this intersection and 2 similar one et the intersection of the high- 
way with the Salem-Dayton Secondery Highway (Wallace Road), at state expense. 
He advised that the cost would be about ‘175. The Commission approved the 


recommendation by unanimous vote. 


s of the conference with the insur- 


ance company which wrote the insurence on the equipment belonging to contract- 
or J.C. Compton, which oquipment was involved in the collapse of the South 
Yamhill River Bridge on the Pacific Highway Vest south of McMinnville. He 
said that the company is willing to pay the state the sum of $4,750 as settle- 
ment in full which is $250 less than the total amount of its liability. He 
recommended settlement on such basis because it would probably cost more than 
$250 to try the case in court, and for the further reason that there is a pos- 
sibility that a jury would return 4 verdict unfriendly to the state. The En- 
gineer also recommended settlement at $4,750. After discussion the Commission 
adopted the recommendation of the Attorney and the Engineer by unanimous vote 
and decided not to place a claim against Mr. Compton for the difference be~ 
tween-such amount and the emount that tt cost the state to restore traffic. 


The Attorney reported the result 


The Commission considered and ordered filed a letter from C. C. 
Hockley, State Director for the Federal Emergency Administration of Public 
Works, advising that the applications of the Commission for P.W.A. funds with 


which to finance certain state highway projects have been approved by the le- 
gal, financial and engineering divisions of their central office and are now 
in line for consideration and allotment under the terms of the Public Works 


Administration Act of 1937. 


‘The Commission discussed reports from the Maintenance Engineer and 
the Lantiscape Engineer relative to the selection of a site for section 
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proceed, the State Highway Commission would have to purchase the balance. 


The Attorney advised that, in accordance with instructions from the 
Commission, he has investigated the cost to remove from this right of way the 
two buildings which the Commission agreed to move et state expense about 4 
year ego, and he finds that the moving will now cost $4,289, compared with the 
original estimate of $3,600, due to the increased cost of labor. The Colum- 
bia River Packers Association, he said, has agreed to accept the sum of $/,,289 
to move the warehouse and to construct an approach road at the new location, 
they to assume the responsibility for the moving and the construction of the 
approach. He further advised that the Association desires immediate action 
by the Commission in view of the fact that the building will be needed shortly 
after the first of August for the storing of canned salmon. After discus- 
sion, the Commission accepted the Association's offer by unanimous vote sub- 
ject to the condition that payment of the agreed amount shall not be made 
until after the Commission conducts a public hearing in the city of Astoria 
relative to the rerouting of this highway as is required by law. 


The Commission thereupon set 2:00 o'clock p. t., Monday, September 
13, 1937, as the date and hour for such public hearing. The Secretary was 
instructed to send formal notice of such hearing to the governing body of the 
city as required by statute. 


Th: Commission also set Tucsday, September 14, 1937, as the date 
for its regular meeting in September and instructed the Secretary to arrange 
to hold this meeting, as usual, in the Auditorium of the Public Service Build- 


ing, Portland, if possible. 


In the discussion of the matter of rerouting the highway in Astoria 
the Engineer advised that a definite location survey has not yet been made of 
the proposed new route. The Commission thereupon authorized him to make such 
lotation survey and to prepare an estimate of cost to construct the highway on 
the same. Full information in regard thereto is to be made available to the 
Commission for its information before the date of the public hearing. 


The Engineer reported on the request of Dr. Charles h. Dodge, Port- 
land, for the construction of an approach roadway from Park Street in Cannon 
Beach Park, Clatsop County, to the Oregon Coast Highway. He said that Park 
Street and Hug Point Avenue intersect very close to the highway right of way 
line at a point nearly opposite the place where a highway cut joins 4 highway 
fill so that it should not be airficult to make « connection between these 
streets and the highway. Also, that these streets are entirely unimproved, 
as are numerous other streets intersecting the highway in this locality, so 
it appears to him that the State Highway Department is under no obligation to 
construct the approach road. He recomaended that the request be denied. The 
Commission approved the recommendation by unanimous vote and instructed the 


Secretary to so inform Dr. Dodge. 


The Engineer reported briefly the results of the traffic survey re- 
cently conducted in the City of Klamath Falls. He said that the survey indi- 
cates that traffic density is not sufficient to warrant the installation of 
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shortest route that passes through Rome. After careful consideration oi the 
facts the Commission decided in favor of the present surveyed route with @ 
possible exception of adopting Intermediate Route 2 near the "Y" connection 
at some future date which would save some three or four miles in distence be- 
tween Rome and Blue Mountein Pass. 


The Commission had under discussion a report from Maintenance Engi- 
neer J. N. Bishop in regard to the condition of the Amity-Hopewell Secondary 
Highway concerning which a delegation from Yamhill County appeared before the 
Commission on July §. A decision in this matter was deferred by the Commis- 
sion pending further investigetion and report by the State Highway Engineer. 


The Commission considered a report from the Engineer on a request of 
Mrs. G. L. Case, Salem, for the oiling of a side road that is being used by 
the State's contractor in connection with the construction of the Prirgle Creek 
Tliahe School Section of the Pacific Highway south of Salem. Mrs. Case alleges 
that the dust created by the contractor's hauling is a nuisance and is very 
damaging to the crops growing adjacent to the road. The Engineer advised that 
the contractor uses this road over which to haul concrete aggregate to his job, 
which operation will not last very long, if it has not already been completed. 
He gave as his thought that the dust problem is not serious enough to warrant 
the expense of oiling, particularly since the road is not in condition to re- 
ceive an oil treatment. He recommended that the request be denied. The Com- 
mission approved the recommendation’ by unanimous vote and instructed the Sec- 
retary to so inform Mrs. Case. 


The Commission considered the matter of furnishing powder and equip- 
ment for use in connection with a W.P.A. clearing project which the Lincoln 
County Court proposes to undertake on the Siletz River Secondary Highwey in 
Lincoln County, but deferred action thereon pending a report from the Engineer 
at the next meeting as to how much state money is involved. 


The Commission considered and signed an agreement with Lane County 
providing for the payment of Lane County's indebtedness to the state for road 
construction purposes. By this agreement the Commission accepts, as payment 
in full of its account, the sum of $200,000 payable on or before Jenuary 55 
1938. (For details see executed copy of agreement in agreement file - No. 98) 


The Commission had under discussion the application of Mr. W. W. 
Hileman, Cottage Grove, for permission to transport piling, the length of 
which, including the hauling equipment, is 120 feet, over the Pacific Highway 
from the steel bridge south of Cottage Grove to Latham, in Lane County. The 
Engineer advised that there are no,curves in the section of the highway over ~ 
which this hauling is to be done and in his estimation no extreme traffic haz- 
ard will be created by such hauling. He recommended the granting of the permit. 
The Commission approved the recommendation by unanimous vote. 


The Engineer requested authority to purchase the following equipment: 


(1) one stereocomparagraph complete with carrying case, cost $262.50, for use 
in connection with drawing of contours on aerial survey maps; (2) one electric 
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patrol headquarters and oasis aiong the Central Oregon Highway between Bend 
and Burns. A decision in this matter was deferred by the Commission pending 
further investigation end report by the State Highway Engineer. 


The Engineer reported the results of investigations recently conduct- 
ed to determine the proper location for the 1.0.N. Highway (McDermitt-North 
Secondary Highway) south of Rome in Malheur County, and for the proposed road 
connecting the I.0.N. Highway with the Central Oregon Highway passing through 
the place known as Folly Farm, in Harney County. He said that the surveyed 
route extends southwesterly from Rome a distance of about 12.79 miles to a 
point of connection with a proposed highway leading to Burns, which has also 
been surveyed; thence south through what is known as Blue Mountain Pass to a 
connection with the constructed section north of McDermitt, Nevada; also,, 
that several alternste routes have been investigated with a view of securing 
one that would provide the shortest possible distance between common points 
and would be the most economical to construct. He exhibited a map showing 
the several routes investigated and presented the following factual data re- 
lating to each for use in making comparisons of distances and costs: 


Approximate Estimated Cost 
ngth to C 


Rome to Blue Mountain Pass 
present surveyed route through "Y" connection, 
12.79 miles west of Rome 33.14 miles $238,C20 
most direct route 28.00 " 207 , 000 
intermediate Route 1 29.43 °—" 228,000 
intermediate Route 2 cy, 270,000 


Rome to Folly Farm 


present surveyed route through "Y" connection, 
12.79 miles west of Rome 32.92 niles $239,000 
most direct route 26.83 " 261,000 


Blue Mountain Pass to Folly Farm 
ta present surveyed route through "Y" connection, 
12.79 miles west of Rome 40.48 miles $235,000 
Via most direct route that passes through Rome 54.83 " 468,000 


He pointed out that the shortest and least expensive line to con- 
struct between Rome and Blue Mountain Pass is the most direct route, it being 
5,14 miles shorter than the surveyed route and about $31,000 less costly. 
However, he gave as hig thought that the Commission's decision with respect 
to the selection of a route for the I.0.N. Highway should not be based entire- 
ly on this feature because of the advantages that the State of Oregon would 
gain by having the shortest possible route from Nevada points to Portland. 
With iis thought in mind he pointed cut that the most direct route to Port- 
lend would be via the present surveyec route from Blue Mountain Pass norther- 
ly to the "Y" connection, thence to Folly Farm which route together with the 
connection from the "Y" to Rome would be about $113,000 less costly to con- 
struct than a road along the most direct route from Blue Mountain Pass to 
Rome, thence to Folly Farm. Furthermore, the distance from Blue Mountain 
Pass to Folly Farm vie the surveyed route is 14.35 miles shorter than the 
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Highway Commission, all members being present and affirmatively 
voting and participating, as follows: 


1. That the following described market road, county road, 
highway, route, or location of a highway in Multnomah County be 
and the said market road, county road, highway, location, or 
route hereby is selected, designated, established, adopted and 
approved as a secondary state highway, and shall be and hereby 
is designated as a part of the secondary state highway system, 
to wit: 


N t_P. N 3 


Beginning at a point on N. E. Lombard Street 
near N. E. 10th Ave.; thence in a southeasterly direc- 
tion to a point on N. EB. Sandy Blvd. (Columbia River 
Highway) at or near N. E. 99th Ave. in Park Rose, be- 
ing a distance of approximately 4.0 miles. 


2, That the said highway shall be and hereby is qualified 
for improvement under the provisions of said Chapter 248, Oregon 
Laws 1931, and amendments thereof. 


The Commission also considered the advisability of retaining the Stan- 


field-Pendleton Section of the Old Oregon Trail (old route) on the state high- 
way system upon completion and opening of the new route between these points. 
A question arose whether or not the old highway should be retained on the 
state highway system as a secondary highway or should be abandoned as a state 
highway and returned to Umatilla County to maintain as a county road. It was 
the Commission's decision that the road should be designated as a secondary 
state highway. The Attorney was instructed to prepare an appropriate resolu- 
tion so designating this road for adoption by the Commission at its meeting on 
August 12 provided in the meantime the County Court of Umatilla County will by 
formal action request such designation. 


The Commission considered and upon recommendation of the Engineer 
adopted resolutions as follows: abandoning and retaining pertions of the 
Pacific Highway West near Rex Hill in washington and Yamhill Counties which 
sections are no longer used by state highway traffic in view of the fact that 
the highway has been reconstructed on new alignment at such places: 


WHEREAS, in order to afford a better alignment and a more 
satisfactory, safe and convenient highway for the traveling public 
the Highway Commission found it necessary to relocate portions of 
the Pacific Highway West near Rex Hill, Washington County; and 


WHEREAS, by reason of said relocation and reconstruction of 
said section of highway there have been eliminated from the main 
traveled portion of said highway certain sections or fragments of 
land, which said sections or fragments of land are more specifically 
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calculator, cost $517.50, for use of computors working on plane coordinates 
of geodetic positions. The Commission approved the purchase of this equipment 
by unanimous vote. 


The Engineer also requested authority to spend about $1,950 for 
ing six trucks, recently purchased, with power hoists. He explained thet 
the trucks in question have been assigned to bridge repair crews and that the 
power hoists will increase the efficiency of the truck operation greatly. The 
Commission approved the expenditure by unanimous vote. 


The Commission, considered and referred to the Engineer to discuss 
with the Bureau of Public Roads a letter from W. H. Lynch, District Engineer, 
relative to revising route directions and mileage tabulations of the Oregon 
Federal Aid Highway System. A report on this matter is to be rendered at the 
August 12 meeting if possible. 


The Commission considered and approved extending the Bertha-Beaverton 
Highway from its present terminus at the town of Bertha, along the Capitol 
_ Highway, Terwilliger Boulevard and Slavin Road to a connection with Southwest 
Barbur Boulevard (Pecific Highway West) in Portland. The Attorney was in- 
structed to prepare an appropriate resolution covering the matter for adoption 
by the Commission at its meeting on August 12. 


The Commission considered and approved a resolution from the Board 
of County Commissioners of Multnomah County requesting the selection and des- 
ignation es the Northeast Portlend Secondary Highway No. 123 of the following 
described county road, route or location: beginning at a point on Northeast 
Lombard Street near Northeast 10th Avenue; thence in a southoxesterly direction 
to a point on Northeast Sendy Boulevard (Columbia River Highway) at or near 
Northeast 99th Avenue in Park Rose, being a distance of approximately four 
miles. The Commisston thereupon by unanimous vote adopted the following reso- 
lution designating such road or route as @ stete secondary highway: 


WHEREAS, under the provisions of Chapter 248, Laws of 1931, 
and Chepter 196, Laws of 1935, the State Highway Commission, by 
mutual agreement with the respective county courts of the several 
counties of the state, is authorized and empowered to select, locate, 
and designate a system of secondary state highways, which highways 
shall be selected from the market roads or other county roads, or 
available locations or routes of the several counties; and 


WHEREAS, the State Highway Commission, by mutual agreement with 
the Board of County Commissioners of Multnomah County of the State 
of Oregon, has selected the road or highway hereinafter named, and 
it is the purpose of the Commission to officially and regularly des- 
ignate and adopt said highway as a highway to constitute, together 
with other highways heretofore adopted and/or which may hereafter 
from time to time be added, the system of secondary state highways, 
under the provisions of said acts; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the State 


gun29 1997 


which fragment was formerly within the limits of the right of 

way of the Pacific Highway West, be and said fragment of land is 
abandoneé as a part of the right of way of said highway, and said 
fragment of right of way is, so far es control and supervision of 
this Commission are concerned, left to revert to the adjoining and 
abutting property owers or to the control and supervision of the 
County Court of Washington County. The fragment of land to be 
abandoned is described as follows: 


(Parcel of land to be abandoned - shown in red on attached 
print) 


All that portion of the present 60 foot right of 
way of the Pacific Highway West, lying north of the recon- 
structed highway between Stations 606+20 and 635+20. 


3. In addition to the foregoing descriptions of said ‘rag- 
ments or parcels of land there is attached hereto a print or map, 
marked "Exhibit 'A'". which by this reference is made a part thereof, 
and upon which map there are shown shaded in yellow the parcels of 
land formerly within the old right of way but which are now by this 
official act preserved for public purposes, and upon which map there 
is shown shaded in red the abandoned section of said right of way. 
Said exhibit or map for identification purposes bears the signa- 
tures of E. A. Collier, Division Engineer; H. G. Smith, Construc- 
tion Engineer; and R. H. Beldock, State Highway Engineer, and bears 
date of May 20, 1937.* 


4. The Engineer hereby is instructed to properly and com- 
pletely mark on the ground the boundaries of the fragments of land 
to be reteined by the Highway Commission by erecting and maintain- 
ing thereon proper monuments or posts upon which shall be in- 
scribed the words "State Property". 


5. In the event there remains any physical connection be- 
gween any portions of said abandoned right of way and the present 
highway, end by reason of such physical connection traffic from 
the existing highway may enter or use the said abandoned portion 
of the old road to the possible damege or injury of such traffic by 
reason of any unsafe condition existing with respect to the said 
old or abandoned road, then the State Highway Engineer is hereby 
authorized and directed to erect such barricade or other safeguards 
as may be necessary to protect and safebuard traffic using and em- 
ploying said newly located, constructed, and dedicated section of 
said state highway. 


6. That this resolution be entered in the minutes and rec- 
ords of the Commission and @ certified copy thereof promptly deliv- 
ered to the County Court of Washington County, together with a 


* Map filed in Right of Way Abaudonment and Retention File - No. 43 
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defined and described hereinafter in this resolution and are re- 
flected on a print or map, marked "Exhibit 'A'", a copy of which is 
attached hereto and made a part hereof; and 


WHEREAS, while those sections hereinafter described as the 
parcelg to be retained and shown in yellow on the attached print, 
are not required for use as a part of the main or-travelled section 
of the highway, nevertheless the same are required, can be used, 
end are essential for other public uses in connection with said high- 
way; and 


WHEREAS, it is the judgment and opinion of the Commission that 
there should be recorded in the minutes end records of the Commission 
its purpose and plan to preserve for public use in connection with 
said highway the fragments or parcels of land hereinafter described 
as the parcels to be retained and shown in yellow on the attached 
print; and 


WHEREAS, it is the judgment end opinion of the Commission that 
there should be recorded in the minutes end records of this Commis- 
sion the purpose and plan of the Commission to abandon as a4 part of 
the state highway system a certain portion of the highway eliminated 
from the pain trevelled portion of said highway, which section is 
made unnecessary as a part of the completed highway und is shown in 
red on the attached print or map; 


NOW, THEREFORE, the premises being in general as above stated, 
it hereby is resolved by this Commission, all members being present 
and affirmatively participating, as follows: 


1. That the fragments or parcels of land which heretofore were 
within the right of way proper of the Pacific Highway West, but which 
by reason of a relocation or realignment of said highway are now with- 
out the area improved and used by the traveling public, but are ad- 
jacent to and abut upon the said right of way, which parcels are showa 
shaded in yellow am the attached print, shall be preserved by the High- 
way Commission for such other public use as said land may serve in con- 
nection with the construction, improvement, and maintenance of said 
highway or the use of the same, which said parcels or fragments of 
land are described as follows, to wit: 


(Parcels to be retained - shown in yellow on attached print) 


All thet portion of the present 60 foot right of way 
on the souther ide of the new right of way between Sta- 
tions 601430 a 606405 and between Stations 637+20 and 
641400, and on the northerly side of the new right of way 
between Stations 642440 and 651+00. 


2. That the fragment of land confined within the area hereinaf- 
ter described and designated as the parcel of land to be abandoned, 
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are adjacent to and abut upon the said right of way, which parcels 
are shown shaded in yellow on the atteched print, shsll be preserved 
by the Highway Commission for such other public use as said land may 
serve in connection with the construction, improvement, and mainten- 
ance of said highway or the use of the same, which said parcels or 
fragments of land are described as follows, to wit: 


(Parcels to be retained ~ shown in yellow on attached print) 


All that portion of the present 60 foot right of way on 
the southerly side of the new right of way between Stations 
668+50 and 678+50, and between Stations 681+00 and 685+10 
and on the northerly side of the new right of way between 
Stations 670+00 and 674+25 end between Stations 705+50 and 
71500. 


2. That the fragment of land confined within the area hereinef- 
ter described and designated as the percel of land to be abandoned, 
which fragment wes formerly within the limits of the right of way 
of the Pacific Highway West, be and said fragment of land is aban- 
doned as a pert of the right of way of said highway, and said frag- 
ment of right of way is, so far as control and supervision of this 
Commission are concerned, left to revert to the adjoining end 
abutting property owners or to the control and supervision of the 
County Court of Yamhill County. The fragment of land to be aban- 
doned is described as follows: 


(Parcel of land to be abandoned - shown in red on attached print) 


All that portion of the present 60 foot right of way of 
the Pacific Highway West and the new county road approach, ly- 
ing south of the reconstructed highway between Stations 684+80 
and 699+30 


3. In addition to the foregoing descriptions of said fragments 
or parcels of lend there is etteched hereto a print or map, marked 
"Exhibit 'A'", which ty this reference is made e pert hereof, and 
upon which on Mig are show shaded in yellow the parcels of land 
formerly within the old right of way but which are now by this of fi- - 
cial act preserved for public purposes, and upon which map there is 
shown shaded in ted the abandoned section of said right of way. Said 
exhibit or map for identificetion purposes bears the signetures of 
E. &, Collier, Division Engineer; H. G. Smith, Construction Engineer; 
and R. H. Baldock, State Highway Engineer, and bears date of May 20, 
1937 .* 


4. The Engineer hereby is instructed to properly and completely 
mark on the ground the boundaries of the fragments of land to be 
retained by the Highway Commission by erecting and maintaining there- 


¥ Wap Tiled in Right of Vey Abandonment and Retention File - No. 44 
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copy of said exhibit or map, for such action es said County Court 
may desire to take with respect to the fragment of land to be aban- 
doned, and should said abandoned portion of the right of way of said 
Pacific Highway West be further employed for public or private high- 
way purposes such use shall be entirely under the control and super- 
vision of the County Court of Washington County and beyond any re- 
sponsibility or supervision by the State Highway Comuission. 


WHEREAS, in order to afford a better alignment and a more satis- 
factory, safe and convenient highway for the traveling public the 
Highway Commission found it necessary to relocate portions of the Pa- 
cific Highway West near "x Hill, Yamhill County; and 


WHEREAS, by reason of said relocation and reconstruction of 
said section of said highway there have been eliminated from the main 
travelled portion of said highway certain sections or fragments of 
land, which said sections or fragments or lend are more specifically 
defined and described hereinafter in this resolution and ere reflected 
on a print or map, marked "Exhibit 'A'", a copy of which is attached 
hereto and made 2 part hereof; and 


WHEREAS, while those sections hereinafter described as the par- 
cels to be retained and shown in yellow on the attached print, are 
not required for use as a part of the main or travelled section of 
the highway, nevertheless the same are required, can be used, and are 
essential for other public uses in connection with said highway; and 


WHEREAS, it is the judgment and opinion of the Commission that 
there should be recorded in the minutes and records of the Commis- 
sion its purpose and plan to preserve for public use in connection 
with seid highway the fragments or parcels of land hereinafter de- 
scribed as the parceis to be retained and shown in yellow on the 
attached print; and 


WHEREAS, it is the judgment and opinion of the Commission thet 
there should be recorded in the minutes and records of this Commis- 
sion the purpose and plan of the Commission to abandon as a part of 
the state highway system a certain portion of the highway eliminated 
from the main travelled portion of said highway, which section is 
made uanecessary as o part of the completed highway end is shown in 
red on the attached print or map; 


NOW, THEREFORE, the premises being in general as above stated, 
it hereby is resolved by this Commission, all members being present 
and affirmatively participeting, as follows: 


1. That the fragments or parcels of land which heretofore 
were within the right of way proper of the Pacific Highway West, but 
which by reason of a relocation or realignment of said highway are 
now without the erea improved and used by the travelling public, but 
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WHEREAS, it is the judgment and opinion of the Commission 
that there should be reflected in the minutes and records of this 
Commission the purpose and plan of the Commission to abandon as 
parts of The Dalles-California Highway, and therefore as parts of 
the state highway system, the fragments or portions of right of 
way of the old alignment hereinafter defined and heretofore in- 
eluded within the area of the right of way of The Dalles-California 
Highway as formerly located between the said termini and as here- 
tofore improved end used; and 


WHEREAS, in connection with the relocation of said highway 
there was accomplished a change in the point of entrance of the 
highway into the City of Redmond from the south and there was 
likewise accomplished a rerouting of state highway traffic between 
"I" Street and the city limits of Redmond. 


NOW, THEREFORE, the premises being in general as above stated, 
it hereby is resolved by this Commission, @ majority of members be- 
ing present and affirmatively participating, as follows: 


1. That the fragments of land confined within the areas here- 
inafter described, portions of which fragments of land were formerly 
within the limits of the right of way of The Dalles-California High- 
way eouth of the City of Redmond, but which are now without the limits 
of said right of way as said highway has been reloceted and construct- 
ed, be and said fragments of land are abandoned as parts of the right 
of way of said highway, and those parts of said right of way so aban- 
doned and which are outside of the corporate limits of the City of 
Redmond are left to revert to the adjoining or abutting property own- 
érs or to the control or supervision of the County Court of Deschutes 
County for highway and/or other public purposes, and that portion of 
the highway between "I" Street and the city limits over which highway 
traffic was formerly routed before said highway was relocated is here- 
by abandoned as a route over which state highway traffic is directed 
by the State Highway Commission to move and said route hereby is re- 
lieved of any burden imposed thereon by the State Highway Commission 
and is left to revert to the exclusive control and jurisdiction of 
the municipal authorities of the City of Redmond. 


2. The fragments of land or right of way hereby abandoned aiid 
eliminated froma the state highway system and the streets over which 
siete bigeey traffic formerly wes routed are described as follows, 

o wit: 


Beginning at the edge of the right of way fifty feet 
from the center line of the new location at the south line 
of "I" Street in the City of Redmond, Highway Engineer's 
Station 472+65, Mile Post 123.85; thence southwesterly 
along the old Dalles-California Highway a distance of 13.5 
miles to the intersection of the McKenzie-Bend Highway at 
Highway Engineer's Station 155+59.7, which right of way is 
60 feet wide and contains 98.18 acres, more or less. 
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on proper monuments or posts upon which ghall be inscribed the words 
"State Property". 


5, Im the event there remains any physical connection between 
any portions of said abandoned right of way and the present highway, 
and by reason of such physical connection traffic from the exist- 
ing highway may enter or use the said abandoned portion of the old 
road to the possible damage or injury of such treffic by reason of 
any unsafe condition existing with respect to the said old or aban- 
doned road, then the State Highway Engineer is hereby authorized 
and directed to erect such barricade or other safeguards as may be 
necessary to protect and safeguard traffic using end employing 
said newly located, constructed, and dedicated section of said state 


highway. 


6. That this resolution be entered in the minues and records 
of the Commission and a certified copy thereof promptly delivered to 
the County Court of Yamhill County, together with a copy of said ex- 
hibit or map, for such action as said County Court may desire to take 
with respect to the fragment of land to be abandoned, and should said 
abandoned porticn of the right of way of said Pacific Highway West be 
further employed for public or private highway purposes such use sha..2 
be entirely uncer the control and supervision of the County Court of 
Yamhill County and beyond any responsibility or supervision by the 
State Highway Commission. : 


The Commission had under discussion the matter of abandoning as a 
state a portion of the Redmond-Bend Section of The Delles-California 
Highway (old route), in Deschutes County, which is no longer used by primary 
highway traffic in view of the reconstruction of this highway on new alignment. 
The question arose whether or not this road should be abandoned by the state or 
should be retained on the state highway system as a secondary state highway. 
The Commission decided in favor of the abandonment of the same for the time be- 
ing and by unanimous vote adopted the following resolution in regard thereto 
with the understanding that the road will be placed on the secondary highway 
system later in the event that the County Court of Deschutes County requests 
that be done: 


WHEREAS, in order to afford a better alignment and a more sat- 
isfactory, safe and convenient highway for the traveling public 
the C Ssion found it necessary to relocate a portion of the Rea- 


mond-Bend Section of The Dalles-California Highway in Deschutes 
County; and 


WHEREAS, by reason of said relocation and the reconstruction 
of the said section of highway there wes elimineted end made unnec~ 
essary as parts of the completed highway certain sections, which 
sections or parts are more specifically defined and described here- 
inafter in this resolution; and 
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the Stete Highway Engineer and the Assistent State Highwey Engineer should 
attend this meeting at state expense provided that meets with the approval of 


Governor Martin. 


The Secretary presented a brief signed by the Hermiston Commercial 
Club, Umatilla Project Farm Bureeu, Grange Cooperative, Eastern Oregon Turkey 


Growers! Association, Pendleton Chamber of Commerce, Umatilla County Court, 


Pendleton Chamber of Commerce Roads Committee, Pendleton Chamber of Commerce 
siness Committee and the 


Regional Committee, Pendleton Chamber of Commerce Bu 

Hermiston Community Park requesting and urging that the improvement that tne 
Commission proposes to undertake on the secondary highwey between Hermiston 
and the Wallula Cut-off be extended to include the entire length of this road 
rather than a portion thereof as is now planned. The Engiseer advised that 
the Commission has now set up in its budget $15,000 for the oiling of a three- 
mile section of this road between Hermiston and Columbia School. The Commis- 
sion indicated a favorable attitude toward this request but deferred a defi- 
nite decision thereon pending receipt of information from the Bureau of Public 
Roads as to whether or not the Bureau would consent to such extension. Tom M. 
Davis, Highway Eng*neer, Bureau of Public Roads, who was present, agreed to 
give this matter study end advise the Commission at the earliest opportunity. 


A letter was presented from Mrs. Ernest C. Dalton, St. Helens, Presi- 
dent of the Oregon Federation of Garden Clubs, calling at vention to signs that 
have been erected along the Oregon Coast Highway advertising Currier's Village" 
in northern Coos County, end asking the Commission to take action es may be 
necessary to rid the highway of such signs. The Engineer advised that inves- 
tigation reveals that the signs are located on private property beyond the 
jurisdiction of the Highway Commission, hence apparently meet the legal re- 
quirements. The Commission instructed the Engineer to contact Mr. Currier anc 
endeavor to secure his consent to the removal of the signs so that the scener) 
along the highway may be preserved unb! emished. The Secretary was instructed 
to inform Mrs. Dalton of the action take, and that unless Mr. Currier, the 
owner of the signs, ia willing to cou perate. the Commission is without author- 


ity to remove the signs. 


A letter was presented from Carl E. Green, State Sanitary Engineer, 
in which the Commission was requested to make an order prohibiting the use of 
horses on bathing beaches. The Attorney advised that the Commission is with- 
out legal authority to prohibit the use of horses on the beach area. The Com- 
mission ordered that Mr. Green be so informed. 


A letter was presented from Alois Keber, Secretary of the Highway 
Committee of the Business Men's Club of Mt. Angel, in which the Commission 
was requested to flatten some of the sharp curves on the Wioodburn-Silverton 
Secondary Highway this year when the proposed nonskid surface is being applied 
to this road. The Commission denied the request on account of insufficiency 
of funds to finance the same, the amount budgeted for this highway being only 
sufficient to provide a nonskid, wearing surface. Mr. Keber also reauested 
the repainting of the yellow stripe down the center line of this road. The 
Commission approved the repainting of the center line stripe &S soon as the 


stripe painting crew is working in this vicinity. 
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Also: 

Beginning et Highway Engineer's Station 19+50.2, said 
point being at the edge of and fifty feet distant from the 
new Dalles-California Highway; thence southeasterly a distance 
of 0.3 of a mile to intersection with the new Delles-Califor- 
nia Highway at Engineer's Station 4+60, which right of way 
is 60 feet wide and contains 2.21 acres, more or less. 


In addition to the foregoing description of said abandoned right of 
way there is attached hereto a print or map, marked "Exhibit 'A'", 
and by this reference made a part hereof, upon which map there is 
shown shaded in red the abandoned sections of said highway, which 
exhibit for identification purposes bears the signatures of Wi. E. 
Chandler, Division Engineer; H. G. Smith, Construction Engineer; 
and R. H. Baldock, State Highway Engineer, and bears date of June 
16, 1937.* 


3. In the eventthere remains any physical connection between 
any portion of said abandoned right of way or highway and the pres- 
ent highway, and by reason of such physical connection traffic from 
the existing highway may enter or use the said abandoned portions 
of the old road to the possible damage or injury of such traffic 
by reason of any unsafe condition existing with respect to said old 
or abandoned sections, then the State Highway Engineer is hereby 
authorized and directed to erect such barricade or other safeguards 
as may be necessary to protect and safeguard traffic using and em- 
ploying said newly located, constructed and dedicated section of 


said state highway. 


4. This resolution shall be entered in the minutes and records 
of the Commission and a certified copy thereof promptly delivered 
to the County Court of Deschutes County, together with a copy of said 
exhibit, and a copy of said resolution, together with said exhibit, 
shall be delivered to the Mayor of the City of Redmond for such ac- 
tion as said County Court may desire to take with respect to said 
fragments of land and for such action as the City of Redmond may de- 
sire to take with respect to said city streets, and should said aban- 
doned portions of the highway be further employed for public or pri- 
vate highway purposes such use shall be entirely under the control 
end supervision of the County Court of Deschutes County end/or the 
municipal authorities of the City of Redmond, and the same shall be 
beyond any responsibility or supervision by the State Highway Commis- 
sion. 


fhe Engineer requested definite information as to who should repre- 
sent the state highway department at the annual meeting of the American Assoc- 
{ation of State Highway Officials in Boston, Massachusetts, on September 27 
to 30 inclusive. It was decided that all three members of the Commission, 


— 
Map filed in Right of Way Abandonment and Retention File - No. 45 
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informed that it is the policy of the Commission to prevent so far as possible 
the erection and maintenance of signs over and across highways, because the 
Commission believes that such signs create @ traffic hazard and the erection 
of such is an unwise procedure. However, the Commission does not presume to 
interfere with the rights of cities and towns, and will not interfere with 
them in the matter of signs unless such signs contain information directing 
traffic which feature is, the Commission considers, strictly its function in 
so far as the signs pertain to state highways. 3 


The Commission had under consideration the question of maintenance 
of a steel bridge over the Nehalem River at Nehalem in Tillamook County and 
a letter from E. H. Lindsey, County Commissioner of Tillamook County, in re- 
gard thereto. It is Mr. Lindsey's contention that the State Highway Commis- 
sion agreed to maintain this structure and in support thereof refers to an 
agreement between the county and the Commission, dated November 8, 1935, 
which provides that the state shall maintain this county road, after construc- : 
tion, for such time as said road may be used under the direction of the High- 2 
way Commission for the accommodation of the traffic using the Oregon Coast 
Nighway. The Engineer pointed out that the Commission and the county had a 
prior agreement, dated January 23, 1934, which provided thet the State High- 
way Commission should repair this bridge at state expense but that the county 
should maintain it after such repair work had been completed until the road 
and the bridge were placed on the state highway system. He gave as his thought 
that the agreement of November 8, 1935,.was not intended to relieve the county 
of the maintenance of this bridge structure and he requested instructions in 
regard thereto in connection with some repair work thet is badly needed at the 
present time. After discussion the Commission voted unanimously to assume the 
maintenance of this bridge, in view of the fact that it is now being used as 
a state highway route, pending construction of the state highwey on permanent 
alignment. The Engineer was thereupon authorized to proceed with the bridge 


repairs at state expense. 


A letter was presented from Honorable Charles H. Huggins, Mayor of 
the City of Marshfield, requesting the privilege of being present when the 
Commission has under discussion the matter of adopting a permanent route for 
the Oregon Coast Highway between the cities of Marshfield and North Bend, The 
Secretary was instructed to inform Mr. Huggins that the Commission will be 
pleased to have him present and enter into e discussion of this matter, and 
that it hopes to be able to consider it at its meeting on August 12 provided ; 
the Engineer's report is ready at that time, and will let him know two or . 
three days in advance so he can make his arrangements accordingly. ’ 


A letter was presented from Mr. S. M. Calkins, Secretary, Eugene 
Planning Commission, stating thet the Planning Commission is very desirous 
that the State Highway Commission make a decision soon in he matter of the 
permanent location of the Pecific Highway through or around Eugene so as to | 
facilitate the settling of business conditions. The Secretary was instructed 
to inform Mr. Calkins that the Commission is now studying this matter and 
hopes to make its decision in the near future. ." 


A number of communications were presented from residents of the Town 
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The Commissicn considered and referred to the Engineer for investiga- 
tion and report a request from the Oregon City Territorial Days Committee for 
permission to erect a monument on the right of way of the Pacific Highway East 
at the top of the hill south of Oregon City, honoring Peter Skene Ogden who 
was at one time a chief factor of the HudsorbBay Company and who spent the last 
years of his life in Oregon City. 


The Commission considered and ordered filed a letter from Mr. W. We 
Evans, Halfway, Oregon, in regard to the Baker-Homestead Highway in Baker 
County. 


A petition signed by 31 taxpayers of Clackamas County requesting 5 
that Hereford Street, Gladstone, be selected as a route for a connecting road 
between 82nd Street Highway and the East Portland-Oregon City Highway had the 
attention cf the Commission. The Engineer advised that, while the surveys 
have been completed for a proposed connection between these two highways, he 
is not yet ready to make a recommendation in regard thereto; however, indica- 
tions are that the Hereford Street route will not meet the requirements. The 
Secretary was instructed to so inform the petitioners. 


A letter was presented from the Social Assurance Association of Ore- 
gon suggesting that the viaduct on Union Avenue, Portland, be named in honor 
of L. M. Lepper, Portland. The Commission deferred action on this request 
pending a recommendation fror' a committee of three public spirited citizens 
of which Mr. Lewis A. McArthu:, Secretary of the Oregon Geographic Board, is 
to be asked to act as Chairman. Mr. McArthur is to select the other two mem- 
bers of the committee. 


The Commission also had under consideration letters from the North 
Tillamook County Chamber of Commerce and from Mr. Hamilton F. Corbett, Presi- 
dent of the Portland Chamber of Commerce, suggesting that the bridge that is 
now being constructed over Short Sand Beach Creek on the Oregon Coast Highway 
in northern Tillamook County be named"Samuel G. Reed"Bridge in honor of Mr. 
Reed who has spent freely of his time and money to secure the completion of 
the Neahkahnie Mountain read and who has also given several hundred acres of 
land to the state for perk purposes. The Commission referred this matter al- 
so to Mr. McArthur and his committee for recommendstion. 
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The Engineer reported receipt of information from the Oregon State 
Motor Association to the effect that the Shell Oil Company has a very fine 
film depicting in sound and film slide the "City of Tomorrow" and that the 
Shell Company would be glad to show these pictures to the Commission at some 
convenient time if that meets with the Commission's pleasure. He recommended 
acceptance of the offer. The Commission approved the recommendation and in- 
structed the Engineer to make the arrangements for this showing. 
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A letter was presented from Wi. H, Ferguson, City Recorder of the 
town of Gold Hill, inquiring as t< whether or not it would be possible to se- 
cure the Commission's consent to the maintenance of & sign over the state 
highway in Gold Hill directing tourists over Sams Valley Secondary Highway as 
a short cut to Crater Lake. The Commission ordered that Mr. Ferguson be 


73nd 


various sections of the highways of this state, which said sections of high- 
ways, together with their identification survey numbers and the amounts au- 
thorized and allocated for survey expenditure, are as follows: 


Location #10-2807 - Roseburg-Kelley Corner Section, Pacific High- 
way. Ath authorization $700 - Total authoriza- 
tion $5,200.00. 


Location #208-2807- Squaw Creek Section, Bagnalls Ferry County Road 
in Curry County. 1st authorization $750.00 


Location #10-2817 - Oakland-Roseburg Section of the Pacifi¢ Highway 
in Douglas County. 1st authorization $10,800.00 


Location # 1-2805 - North Powder-Haines Section of the Old Oregon 
Trail in Baker County. 2nd authorization $1,000. 
Total authorization $2,300.00 


Location #210-2815- Roseburg-Rock Creek Section of the North Umpqua 
Highway. 2nd authorization $1,000. Totel author- 
ization $13,000.00. 


Rt. of Way # 26-2831- Orient Corner, Mt. Hood Highway in Clackamas 
County. lst authorization $100.00 


The motion was duly seconded by Commissioner Tou Velle and was declared by 
Chairman Cabell to have carried by the unanimous vote of the Commission. 


The Engineer reported that two location surveys had been completed 
since the last meeting, viz: John Day-Prairie City Section of the John Day 
Highway, in Grant County, and the Siletz-Newport Section of the Oregon Coast 
Highway, in Lincoln County. He submitted maps showing the proposed routing 
of these highways and explained the same in detail. He asked the Commission 
to approve the locations as shown thereon. After due consideration and discus- 
sion the following resolution approving such surveys was adopted by the Com- 
mission by unanimous vote upon motion of Commissioner Aldrich which was duly 
seconded by Commissioner Tou Velle: 


WHEREAS, the State Highway Commission heretofore has authorized 
and instructed the State Highway Engineer to make surveys on sections 
or portions of the highways of the State of Oregon as foliows, to- 


wit: 
John Day-Preirie City Section of the John Day Highway, in 
Grant County; 
Siletz River-Newport Section of the Oregon Coast Highway, 
in Lincoln County; 

and 


WHEREAS, pursuant to said authorization the State Highway Engineer 
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of Monument, Oregon, in which the Commission was requested to improve the Kim- 
berley-Monument Secondary State Highway, which they allege is narrow, crooked, 
in very bad condition end is a dangerous highway to travel. The Engineer ad- 
vised that the riding surface of this road is untreated macadam and it is be- 
ing maintained in as good condition as is possible under present conditions 
and with the limited amount of funds available. The Commission ordered that 
the petitioners be informed that funds available to the Commission for pur- 
poses of this kind are very low, hence it would not be possible to do any more 
to this road than is now being done. However, the maintenance of the road will 
be continued in the best possible manner permitted by the circumstences and 
the road will be considered for improvement as a federal aid secondary highway 
when that matter comes up for discussion later in the year. 


A letter was presented from County Judge J. B, Wilkerson, Columbia 
County, requesting, when the Commission allocates the federal funds for feed- 
er roads in the counties of the state, that Columbia County be given a just 
share of euch funds in 1938. The Secretary was instructed to inform Judge 
Wilkerson that the Commission intends to give Columbia County just as much 
consideretion in the allocation of these funds as it gives to the other thirty 
five counties. 


A letter was presented from the American Road Builders' Association 
requesting the assistance of the State Highway Engineer in securing the affil- 
jation of the State Highway Contractors' Association with the American Road 
Builders' Associetion. It was the Engineer's thought that the two associa- 
tions should be kept separate and he so recommended. The Commission con- 
curred in this viewpoint and instructed the Engincer to so inform Mr. Charles 
Upham, Engineer-Director of the American Road Builders' Association. 


The Commission had under consideration letters from the Clatsop 
County Court and the Astoria Chamber of Commerce, and a petition signed by 
364 residents of Clatsop County requesting the oiling of the Wolf Creek High- 
way between Elsie end its junction with the Oregon Coast Highway. The Commis~- 
sion ordered that the communications be acknowledged and the petitioners in- 
formed thet the Commission is now spending on the Wolf Creek Highway as much 
as it can spare to complete the seventeen-mile gap between Elsie and Sunset 
Camp and is not financially able to do any oiling work on this road this year; 
further, that such project will be considered when the program for next year's 
construction is arranged although no definite commitments or promises can be 
made at this time. 


The Engineer requested authority to purchase a set of traffic scales 
for installation on the Wilson River Highway east of Tillamook where extensive 
logging operations are under way. The Commission approved the request by un- 
animous vote. 


The Engineer reported that since the last meeting of the Commission 
he has ordered a number of location surveys. He submitted a list of the same 
together with estimates of cost to complete them and asked the Commission to 
confirm the orders. Motion was made by Commissioner Aldrich that the State 
Highway Engineer be authorized and instructed to make such location surveys on 


extension of time of 30 days, from July 1 to July 31, 1937, within 
which to complete this job. They attributed their failure to com 
plete the project by July 1 to necessity for doing certain better- 
ment work on the project that was not ccntemplated in the original 
contract which betterment work had to be done before the road was 
oiled. Also, weather conditions interfered considerably with the 
oiling operations. The Engineer advised that it was originally 
contemplated that this job would be completed by November 30, 1936, 
which is the dete of completion specified in the contract, but for 
various reasons heretofore explained the job overran this time 
limit and was extended to July 1, 1937, with the understanding that 
the contractor would be penalized for engineering expense incurred 
by the state subsequent to December 1, 1936. He further advised 
that the contractor has been required to do a considerable amount 
of force account work since that time which has increased the con- 
tract price about 18 per cent although the engineering supervision 
costs have been held below the customary six per cent. The travel- 
ing public, he said, has been inconvenienced only very little by 
the delay so, considering everything, it is now his recommendation 
that the extension requested at this time be granted by the Com- 
mission without penalty, and that the contractor be relieved of 
the payment of the penalty that was previously imposed. The Com- 
mission approved the recommendation by unanimous vote. 


McNutt Bros., contract No. 1920, for grading and surfacing 
the Ochoco Dam-Mill Creek Section of the Ochoco Highway, in 
Crook County, requested an extension of time, from June 30 to 
July 30, 1937, within which to complete this job. No reasons 
were given by the contractors for failure to complete the work 
within the specified time limit. The Engineer advised that the 
contractor had plenty of time to complete this project by the 
specified completion date but they had several contracts under way 
at the same time and could not arrange to complete this one earl- 
ier, which is the main reason of overrun of the time limit. He 
further advised that the traveling public has not been unduly in- 
convenienced by the delay, that the highway has been kept in pas- 
sable condition at all times and that the state has incurred very 
little extra expense for engineering work because the engineering 
party has spent only part time on this contract, the balance hav- 
ing been spent on location survey work. He recommended, in view 
of the fact that the overrun of time limit was strictly due to the 
contractors! own arrangements, that the extension requested be 
granted but that the contractor be required to reimburse the state 
in full for engineering expense incurred subsequent to the date of 
completion specified in the contract. He presented a letter from 
the Bureau of Pyblic Roads concurring therein. The Commission ap- 


proved the recommendation by unanimous vote. 


The Engineer reported that Hoffman Construction Company hes applied 


for an extension of time of 30 days in which to complete 
the Union Avenue Overcrossing in Portland, contract No. 


1821, but the 


their contract for 
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has made and completed the said surveys and has filed the maps and 
plans of the said surveys in the files of the State Highway Commis- 
sion in Salem, Oregon; and 


WHEREAS, the maps end plans of the said surveys have been 2x- 
amined by the State Highway Commission and have been found suitable 
in all respects for approval and adoption by the State Highway Con- 
mission; 


NOW, THEREFORE, BE IT RESOLVED that the surveys hereinafter 
desigrated and described, together with their identifying location 
map file numbers, as shown in the map filing records of the Highway 
Commission in the Salem office of the Commission, be and they hereby 
are adopted and approved asthe location surveys of the various por- 
tions or sections of highway involved: 


File No. T f Surve hway and Section 


12-2805 Location John Day-Prairie City Section of the 
John Day Highway in Grant County. Map 
File No. Part 1 of 2 parts - 5B11-10 


21-2803 Location Siletz River-Newport Section of the 
Oregon Coast Highway in Lincoln County. 
Map File Nos. 5B8-1, 5BS-2, 5B8-3, 

and 5B8-4 


BE IT FURTHER RESOLVED that the State tiighway Engineer be and 
he hereby is authorized to make such minor changes in the said loca- 
tion as may improve the standards of alignment and grades not incon- 
sistent with the general location of the section of highway involved. 


Consideration was given by the Commission to the following requests 
for extensions of time within which to complete highway construction projects: 


Parker-Schram Compeny, Contract No. 1854, for the construction 
of an undercrossing under the Southern Pacific Company's tracks on 
the Pacific Highway in Oregon City, in Clackamas County, requested 
an additional extension of time of four days, from June 25 to June 
29, 1937, within which to complete this project. The Engineer 
advised that on July & the Commission extended, without penalty, 
the time limit for the completion of this job to June 25, 1937, but 
the work was not actually completed until June 29, 1937, so it is 
necessary to extend the time an additional four deys. de recom 
mended that this be done without penalty. He presented a letter 
from the Bureau of Public Roads concurring therein. The Commission | 


approved the recommendation by unanimous vote. 
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Joplin & Eldon, Contract No. 1874, for the construction of an 
oil mat surface treetment on the Criterion-Cow Canyon Section of 
The Dalles-California Highway, in Wasco County, requested an additional 
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Contract No. 1930 with Chas. H. Leonard for regrading, 
surfacing and oiling the Stewart Bridge-Flet Creek Section 
of the John Day Highway in Grant County. Completed July 10, 1937. 


Contract No. 1956 with Brownell Electric Company for wiring 
the hig department offices, State Office Building, Salem. 
Completed June 11, 1937. 


Contract No. 1966 with A. S. Wallace for producing crushed 
rock for maintenance and oiling purposes on the Fort Klamath 
Section of The Delles-California end Chiloquin Highways in Klamath 


County. Completed July 2, 1937. 


Contract No. 1976 with Bebler Bros. for oiling the Rainrock- 
Greenleaf Creek Section of the Siuslaw Highway in Lane County. 


Completed July 8, 1937. 


THEREFORE, BE IT RESOLVED that the work covered by said state 
highway contracts for the construction of said stete highway projects 
be declered completed according to the terms of the respective con- 
tracts, and said jobs are hereby accepted and final payment in connec- 


tion with each is hereby authorized. 


The Commission considered and signed agreements, et cetera as fol- 


lows: 


Agreement with the Union Pacific Company and the 0.W.R.& N. Company 
covering the matter of construction, maintenance and operation of an 
electric power transmission line beneath and across the tracks and 
right of way of the railroad company near Bonneville. 


Agreement with Tillamook County providing that the county shall 
maintain at county expense that portion of the Tillamook-Netarts 
County road lying between the Tillamook River and the summit between 
Netarts Bay and Tillamook Bay, 2.89 miles in length, when the same 
has been constructed by the stete as 6 federal aid secondary high- 


way project, being Project No. FAS 1-A 
Agreement with Tillamook County providing for the maintenance 
by the county of the Nehalem River county road between the town of 
o be constructed 


Nehalem and the North Fork Bridge, which section ist 
under state contract as a federal aid secondary highwey, being know 


as Project No. FAS 2-A 


Agreement with Tillamook County providing for the construction 
of portions of the Nehalem River county road and the Tillamook- 
Netarts county road as federal aid secondary highwey projects and 
for the construction of an oil mat surface on the Nehalem River 
county road between North Fork-Camp Four Junction Section and the 


JUL29 198% 


700e 


application is not accompanied by consent of the surety on their bond, as is 
customary. He explained that the contractor has only about $50 worth of work 
left to complete on this job and if the matter of extension of time is taken 
up with the bonding company the contractor will be required to pay an addition- 
al bond premium amounting to over a thousand dollars. He suggested therefore 
that the Commission waive its requirement for consent of surety im this par- 
ticular instance so as to relieve the contractor from the payment of this ex- 
tra premium expense. The Attorney advised that the prectice of securing con- 
sent of sureties in matters of extensions of time is not a legal requirement 
but is simply a procedure that hes been prescribed by the State Highway Commis- 
sion,s0, if the Commission wants to diverge from the usual prectice in this 
particular instance, it could do so without becoming involved in a legal way. 
After considerable discussion and in view of the Attorney's advice, the Commis- 
sion voted unanimously to grant the Hoffman Construction Company the extension 
of time requested, notwithstanding the fact that the consent of surety has not 
been secured. However, the Commission wished it strictly understood that its 
decision should not be considered e precedent and thet hereafter the consent 
of the surety on time extensions shall be secured as in the past. 


The Engineer reported that contracts Numbers 1786, 1854, 1905, 1927, 
1930, 1956, 1966, and 1976 for the construction of state highway projects have 
been completed according to the requirements of the contracts or modifications 
thereof and that said jobs are now ready for acceptance. 


The following resolution accepting the above projects was offered and 
was adopted by the unanimous vote of the Commission: 


WHEREAS, the Engineer has reported that the following State 
Highway Commission contracts for the construction of state highway 
projects have been completed according to the terms and provisions 
of the contracts and that said jobs are now ready for acceptance: 


Contract No. 1788 with Berke Bros. for grading and 
construction of an undercrossing under Southern Pacific Com- 
pany tracks approximately 9 miles south of Ashlend (Wall 
Creek) in Jackson County. Completed July 26, 1937. 


Contract No. 1854 with Parker-Schram Company for the 
construction of the Oregon City Undercrossing (Bridge No. 2206) 
in Clackamas County. Completed June 29, 1937. 


Contract No. 1905 with Newport Construction Company and 
Kern & Kibbe for regrading and surfacing the MiddJe Jnit, 
Fmigrant Hill Section of the Old Oregon Trail Highway in 
Umatilla County. Completed July 1, 1937. 


Contract No. 1927 with A. Milne for placing rock base 
and oil mat surface on the Wilcox-Shaniko Section of the 
Sherman Highway in Sherman and Wasco Counties. Compieted 
July 26, 1937. 
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Portland, Oregon, August 11, 1937 


A meeting of the State Highway Commission was held in Room 204, in 
the Benson Hotel, Portland, Oregon, at the hour of 7:30 o'clock p. m., on the 
eleventh day of August, 1937, at which meeting there were present: 


Henry F. Cabell, Chairman, 
E. B. Aldrich, Commissioner, 
F. L. Tou Yelle, Commissioner, 


constituting the entire membership of said Commission, and 


R, H. Baldock, State Highway Engineer, 
H. B, Glaisyer, Secretary, and 
J. M. Devers, Attorney. 


The meeting was called for the purpose of transacting the regular 
business of the Commission end for approving and adopting the necessary pro- 
ceedings for the issuance and sale of $1,000,000 par value of Oregon State 
Highway bonds to make possible a more efficient and adequate promotion of 
highway construction, and to provide funds with which to match appropriations 
made by the Federal Government to the State of Oregon for highway purposes. 


The meeting was called to order by Henry F. Cabell, Chairman of the 
Commission, after which Commissioner Aldrich moved the adoption of the follow- 
ing resolution, which motion was seconded by Commissioner Tou Velle and re- 
ceived the unanimous vote of the three commissioners, and was by the Chairman 
declared carried, to wit: 


WHEREAS, $1,000,000 par value Oregon State Highway bonds of 
the State of Oregon will mature on October 1, 1937, and the sum of 
$476,408.40 in interest upon all of the outstanding Oregon State 
Highway bonds will likewise be due on seid date; and 


WHEREAS, there has been made available to the State of Oregon 
for highway construction during the years 1937 and 1938 the sum of 
$5,000,000, which said Federal appropriation must, if obteined by 
the State of Oregon, be matched by €3,300,000 of State money; and 


WHEREAS, current revenues are and will be inadequate to provide 
for normal highway construction and maintenance during the period 
preceding October 1, 1937, end to provide et the same time suffi- 
cient funds to pay, when due, the said outstanding $1,000,000 of 
highway bonds, together with interest which will mature on October l, 
1937, and provide funds with which to match Federal appropriations 
for highway construction in Oregon; and 


WHEREAS, the issuance and sale of $1,000,000 par value Oregon 
State Highway bonds at this time for the purposes herein stated is 
and will be for the good of the State and will more efficiently and 
adequately promote highway construction by providing funds with which 
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Pacific City county road between Woods and the Oregon Coast Highway. 
The county is to pay the total cost of the last two described projects. 
The first two mentioned projects, less cost of right of way, are to 

be paid with state and federal funds. 


t+ with Fred H. Peterson and Elsie Peterson, husband and 
wife, disposing of their claim for damages arising out of construction 
of the East Portland-Oregon City Highway in front of their premises 
in East Portland. 


Agreement with Yellow Fir Lumber Company providing for the use 
of a roadway in the state park located in the NWE of the SE} of Sec- 
tion 7, T. 16S., R. 6 W., W.M., for the purpose of hauling thereover 
timber and other forest products which the company owns adjacent to 
the park. 

. Agreement with Safeway Stores, Inc., providing for certain im- 
provements along the Pacific Highway West at its intersection with 


the Capitol Hill road as restitution for destruction of shrubbery 
along the highway right of way at this point. 


There being no further business to come before the Commission at 
this time the meeting was adjourned at 5:00 o'clock p. m. 


</vexBr<ee A : 
? ; 
State Highway Engineer Chairman 
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Commissioner 


JUL 29 1987 - 


KNOW ALL MEN BY THESE PRESENTS: That the State of Oregon 
acknowledges itself to owe and for value received hereby promises 
to pay to bearer hereof the principal sum of 


ONE HUNDRED THOUSAND DOLLARS 


on the lst day of April, 1938, together with interest on said 

sum from the date hereof until paid, at the rate of per cen- 
tum per annum payable January 1, 1938, and April 1, 1938, as evi- 
denced by and upon the presentation and surrender of the interest 
coupons hereto atteched as the said coupons become due; and both 
the principal hereof and the interest hereon are hereby made pay- 
able at the office of the Treasurer of the State of Oregon at 
Salem, Oregon, in any coin or currency which at the time of pay- 
ment is legal tendef for public and private debts within the United 
States. This bond has been registered in the office of the said 
State Treasurer and the interest on and principal thereof will be 
payable only to the owner thereof as shown by the record of reg- 
istration thereof in said office. 


The State of Oregon hereby expressly reserves the right to 
redeem this bond on January 1, 1938, or at 4 date subsequent 
thereto, pursuant to notice of intended redemption given at 
least thirty days prior to the said redemption date by publica- 
tion of said notice in one issue of a newspaper or finencial 
journal of general circulation printed and published within the 
city and state of New York and by publication of one such notice 
in a newspaper of general circulation printed and published in the 
City of Salem, County of Marion, State of Oregon; and upon the ex- 
ercise of said option, interest hereon shall cease as of the re- 
demption date specified in said notice. 


This bond, together with the remaining bonds of this issue, 
aggregating $1,000,000, is issued by the State of Oregon under and 
by virtue of, and in all respects in full and strict compliance 
with, the constitution and laws of the State of Oregon, and in 

ticular Article XI, Section 7, of the said constitution and 
Chapter VIII, Title XLIV, Oregon Code 1930, as amended by Sec- 
tion 44-809, Oregon Code 1935 Supplement, and Chapter 71, Oregon 
Laws, 1937. 


The faith and credit of the State of Oregon hereby are ir- 
revocably pledged for the punctual payment of the interest on and 


redemption of the principal of this bond as the same become due 
and payable as aforesaid. 


IN TESTIMONY WHEREOF, the State of Oregon has caused this 
bond to be signed by the Governor, the Secretary of State, and 
the State Treasurer, and sealed with the seal of the State of 
Oregon, an’. the attached interest coupons to be executed by its 
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to match funds made available by the Federal Government and to carry 
out the provisions of the laws of the State of Oregon with respect 
to state highway construction, thereby leaving available current 
highway funds for the payment of interest and principal maturing on 
outstanding bonded indebtedness; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the State 
Highway Commission of the State of Oregon, all members being present 
and affirmatively voting, as follows: 


1. That there be issued and sold for the purpose of providing 
funds with which to match appropriations made available to the State 
of Oregon by the Federal Government for highway construction and for 
the purpose of more efficiently and adequately promoting highway con- 
struction $1,000,000 par value Oregon State Highway bonds to be dated 
October 1, 1937, and to mature April 1, 1938, but to be redeemable 
in numerical order at the pleasure of the State of Oregon upon pay- 
ment of the par value of said bonds and accrued interest thereon on 
January 1, 1938, or at the option of the State of Oregon at any date 
subsequent thereto and prior to April 1, 1938, by giving thirty days' 
published notice of intended redemption as provided in Chapter 71, 
Oregon Laws, 1937; said bonds to be numbered consecutively beginning 
with the number 14,581 and ending with the number 14,590; to be in 
denominations of $100,000 each and to bear interest payable January 1, 
1938, and April 1, 1938, or at the date of redemption at a rate to te 
specified by the purchaser of said bonds, but not to exceed one per 
centum per annum, payable quarterly or upon the call date thereof if 
called for redemption before maturity; to be registered in the office 
of the State Treasurer at Salem, Oregon, by appropriate endorsement 
thereon signifying the omership thereof; to be payable both as to 
principal of and interest upon said bonds to the purchaser thereof 
at said office of the State Treasurer; to be in typewritten form 
both as to the bonds and as to the interest coupons annexed thereto. 


2. That the bonds hereby authorized and the interest coupons 
attached thereto shall be in substantially the following form, subject, 
however, to completion through execution of the bonds and of the cou- 
pons appertaining thereto by the Governor of the State of Oregon, the 
Secretary of State of the State of Oregon and the Treasurer of the 
State of Oregon by their signing the bonds and coupons in the spaces 
provided therein for their signatures and through the affixing to the 
said bonds by the Secretary of State of the seal of the State of Oregon, 
to wit: 


No. 


$100,000 UNITED STATES OF AMFRICA $100,000 
OREGON STATE HIGHWAY 
SERIES THREE 
___. Per Cent Bond 
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Mr. G. T. Cochran, Attorney, LaGrande, was present in behalf of the 
people of the Town of Elgin, Union County, with regard to the completion of 
the remaining section of the Weston-Elgin Secondary State Highway extending 
from the town of Elgin northwesterly to the forest boundary. He urged the 
Commission to award a contract at its September meeting for the grading of 
this section which involves a number of channel changes in Phillips Creek so 
that this part of the work can ba done this year while there is very little 
water flowing in this stream; otherwise, he said, it would be necessary to de- 
fer such grading work until next year which would delay the completion of the 
project. He advised that they are very anxious for this job to be completed 
so traffic can reach and enjoy the rest of the road which is now being oiled 
by the Federal Government as a forest highway project and will be completed 
within the next 30 days. He presented a resolution adopted by the City of El- 
gin, and a petition bearing the names of 320 residents of Union County, urg- 
ing the Commission to immediately let contracts for the grading, at least of 
this three-mile section, so that such portion of the work will be completed 
this fall. Chairman Cabell advised that the Commission is also anxious to 
complete this section, in fact made provisions for the same in its proposed 
P.W.A. program, end filed an application for P.W.A. funds to assist in financ- 
ing the work, which application is now in the hands of the government offic- 
ials for approval. He pointed out that, if the application is approved, it 
would be possible to secure government moneys to finance approximately 45 per 
cent of the cost which would release a like amount of state money for other 
purposes. He suggested in view of the circumstances that action on this 
project ke deferred a couple of months to ascertain definitely whether or not 
the Commission is to secure the P.Wi.A. money. The suggestion was approved by 
Commissioners Aldrich and Tou Velle and was likewise approved by Mr. Cochran. 


Mr. Cochran also brought up for discussion the matter of sidewalk 
construction along the Wallowa Lake Highway between LaGrende and Island City. 
He said that under present conditions many school children and other pedestri- 
ans are required to walk on the highway pavement which is very dangerous on 
account of the large volume of vehicular traffic, in fact numerous accidents 
have occurred aldéng this section some of which have resulted fatally, hence 
their particuler interest in securing a sidewalk so as to relieve this condi- 
tion. He also said that, if the Highway Commission would designate a location 
on the highway right of way for a three-foot sidewalk, he would see that the 
walk is constructed at no cost to the state. The Engineer pointed out that 
the right of way is quite narrow along this section and there is a question 
whether or not there is room for a sidewalk. After discussion the Commission 
instructed the Engineer to investigate conditions and report his findings at 
the next meeting, including information reletive to necessity for footbridges 
across waterways. He was authorized by the Commission to stake out a three- 
foot strip for the sidewalk in the event that he finds there is sufficient 
room on the right of way for the same. 


The Commission by unanimous vote approved the minutes of the meetings 
held on March 24, 25 and 26 and March 30, April 1 and 2, 1937. 


The Engineer requested authority to advertise for bids for the con- 
struction of a bridge over a small stream, known «5 Little Quartz Creek, located 
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said officers all as of the lst day of October, 1937. 
Governor 
Secretary of State 


State Treasurer 
COUPON 


No. £ sete 

On the lst day of » 1938, the State of Oregon will 
pay to the bearer at the office of the Treasurer of the State 
of Oregon the sum of 


in any coin or currency which at the time of payment is legal 
tender for public and private debts within the United States 
of America, in payment of three months' interest then due up- 
on Oregon State Highway Bond, Series 3, No. » dated Octo- 
ber 1, 1937; provided that, if said bond shall have been sooner 
called or redeemed, this couporr shall be void. 


Governor 


State Treasurer Secretary of State 


3. That the Secretary of tne Commission cause the said bonds 
to be advertised for sale for a price not less than par value and ac- 
crued interest, in one issue of the Cepital Journal, a daily news- 
paper printed and published in the City of Salem, County of Marion, 
State of Oregon, on the date of August 24, 1937, the said advertise- 
ment to provide that the sum of $25,000 be deposited as a good faith 
deposit with each bid for said bonds. 


4. That the Governor and the Secretary of State and the State 
Treasurer be and they hereby are authorized and requested to exe- 
cute the said bonds by signing them under the seal of the State of 
Oregon and also to execute appropriate coupons attached thereto, and 
the State Treasurer be and he hereby is authorized and directed to 
register said bonds in his office and to make certificate to that 
effect upon the bonds, as provided in Section 44-804, Oregon Code 
1930, and to deliver said bonds to the purchaser thereof efter the 
date of sale and execution and sealing thereof upon payment of the 
principal thereof and the accrued interest thereon, if any. 
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Commission indicated thet it would approve the renewel of Mr. Lindeman's 
concession because the service rendered is a public convenience, provided he 
will perform his duties es caretaker satisfactorily. The entire matter was 
referred by the Commission to the State Parks Superintendent with authority 

to do whatever is necessary to maintain the purk in first class condition at 
all times, it being understood that the Commission will back him up in anything 
that he may do in this regerd. 


Request of Reverend L, H. Vichers, LaGrande, for camping privileges 
in Emigrant Park: The Parks Superintendent advised that Rev. Vichers, who 
respresents the Amerjcan Sunday School Union, has asked that about 75 young 
people be allowed to camp in Emigrant Park for about a week. He pointed out 
that it is contrary to the policy of t’.e Commission to permit overnight camp- 
ing in state parks and recommended that the request be denied. The Commissio 
approved the recommendation unanimously. 


Request of National Perks Service that the Highway Commission sponsor 
a W.P.A. project for the securing of data relating to population, educational 
trends, recreational habits, et cetera: The Parks Superintendent advised that 
when this matter first came to his attention he was of the belief that most of 
the information could be obtained through the state-wide planning survey, but 
it now develops that only a small percentage of the information can be ob- 
tained from such source and, if the Commission still wants to assist in as- 
sembling the information, it will have to pay out a considerable sum of state 
highway money to help finance the work. He recommended that the request be 
denied. The Commission approved the recommendation by unanimous’ vote. 


Wayside strip adjacent to Fremont Highway about fourteen miles north 
of Lakeview, in Lake County: The P-rks Superintendent advised that a former 
Highway Commission, about twelve years ago, accepted as a gift from a Mr. S. 
B. Chandler, Lekeview, a park area adjacent to the present highway, and agreed 
at that time to fence the area at an estimated cost of $700. He gave as his 
understanding that the present Commission has plans to straighten the highway 
at this location which requires right of way across Mr. Chandler's land only 
a short distance from the old route, and that Mr. Chandler will not agree to 
give up any of his lend for the new highway unless the state will fence it 
and will also construct the fence that was provided for in the original agree- 


ment of twelve years ago. He said that rooumsiy be made an inspection of the 
park area and ascertained that it did not contain any timber that would be of 


value from the park standpoint; in fact, in his estimation the land is useless 
for park purposes in view of the contemplated revision of the highway. He 
gave as his thought that the cost of fence construction along the oid route 
would be a waste of funds and suggested that the park be given back to Mr. 
Chandler. ‘The Attorney advised that he has investigated thoroughly the condi- 
tions of the park donation and finds that the State Highway Commission is 
obligeted to fence the property. After discussion and in view of the reports 
the Commission instructed the Parks Superintendent to discuss the matter 
further with Mr. Chandler and to inform him that the Commission recognizes 

its obligation to construct a fence along the present highway right of way in 
front of the park but considers it a waste of funds to do so in view of the 
fact that the old and the new highway locations are so close together, end to 
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on the Wolf Creek Highway about 600 feet east of Quartz Creek Bridge which is 
now under construction. He estimated that such bridge would cost about $10,000, 
In view of the apparent need for the structure the Commission approved the re- 
quest by unanimous vote and authorized the Engineer to advertise the project 
for bids to be received at the September meeting. 


A letter was presented from Mr. Earl B. Moore, City Attorney, Day- 
ville, advising that the city is now constructing a water system which in- 
volves trenching on the state highway right of way, and requesting the state 
highway department to pay the cost of repairing the highway, which he esti- 
mated at about $400. The Attorney advised that according to the law, if a 
city opens up a city street that is a state highway route, it must also re- 
pair the same at its own cost and expense. The Commission indicated a desire 
to help the city as much as possible but decided in view of the law that it 
could not do so; furthermore, if the request in this instance were granted, 
it woutd establish a precedent that would be difficult to avoid in the future. 
After discussion the Commission instructed the Engineer to inform Mr. Moore 
that the Commission of necessity must deny the request, but, if the city so 
desires, the Commission will have the repair work done with state forces pro- 
vided the city will pay the cost of the work. 


The Engineer reported on the cost to surface and oil the Baker- 

Halfway Section of the Baker—Homestead Highway. He said that it would cost 
about $1,143,000 to regrade, surface and oil the highway on permanent align- 
ment but only about $382,000 to resurface and oil the present read. He gave 
as his thought, in view of the cost of permanent construction, that it would 
be advisable to improve the present road and suggested as a first project the 
improvement of the section between Baker and Keating Junction, a distance of 
about seven miles. The Commission approved the suggestion subject to inspec- 
tion of the road the next time it is in that vicinity. 


The Engineer requested instructions whether or not to permit the 
Consolidated Highway Company, Inc., to bid on future highway construction proj- 
ects in view of the trouble that the Commission has experienced with this com- 
pany in the past. He recommended that the company be not permitted to submit 
bids until they have completed the projects that they now have under way. The 
Commission concurred in the Engineer's views and instructed him to so inform 
the company officers informally. 


The State Parks Superintendent was present and reported on the fol- 
lowing matters: 


Sanitary conditions in Bradley Park: The Perks Superintendent ad- 
vised that the present contract with Mr. Lindeman, who acts as caretaker and 
operates a concession in this park, expires in October of this year. He re- 


quested instructions whether or not to renew this contract in view of “the 
criticism that has been received regarding the uncleanliness of the rest 
rooms. He gave as his thought that such criticism is not to the state's best 
interests and suggested that it might be advisable for the state to hire 4 
special man during the summer months to take care of the rest rooms and to see 
that the grounds, generally, are kept in good condition. After discussion the 
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declared acceptable to the State Highway Commission as bases of 
settlement for the properties involved, and that the acquisition 
of the properties should be completed; 


NOW, THEREFORE, BE IT RESOLVED that the several offers, or 
bases of settlement hereinafter enumerated be, and the same hereby 
are, approved and accepted, and that the Attorney for the State 
Highway Commission be, and he hereby is instructed to complete the 
acquisition of the said properties and to take title thereto in the 
name of the State of Oregon. The said properties hereby ordered and 
authorized to be acquired are as follows: 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Newport-Siletz Bay Section, Oregon Coast Highway 
4046-Kirkpatrick, George ———v 5.40 $37 per acre DeSouza 
R 


Siletz River-Newport Section, Oregon Coast Rates 
4385-Bowers, George E 2360 sq.ft. 3¢ sq.ft. plus fenc- 


ing, $5.00 McCallister 
4057-Crane, E. L. " 1.00 $100 per acre Dolan 
444,5-Ormandy, W. S. "®& 7020 sq.ft. 3¢ sq.ft. McCallister 

slope easm't 
4449-Chesnut, J. E. " 2000 sq.ft. Af sq.ft. plus $20. " 
4431-Cure, Ben A. . 2000 sq.ft. 5f sq.ft. plus $25. " 
(slope easm't-Gratis) 

4386-Abel, Irvin M. R/W 556 sq.ft. 3f sq.ft. " 
4376-Gage, John @. . 1.15 $200 lump sum " 
4060-Dunn, Helen Wi. " 0.1685 $100 per a. plus $12. Dolan 


Valley Falls-Cinder Butte Section, Lakeview-Burns Highway 

4885-State Land Board Stock pile 1.65 15 lump sum McCallister 
1793-Addington, Lyther J. " n 3.08 $50 lump sum Gardiner 
Muddy Creek-Lakeview Section, Klamath Falls-Lakeview Highw. 

4168-Lee, Minnie A. ahh 1.35 $20 per acre McChesney 
4156-Maddock, Mark E. 0.19 $25 per a. plus $628.50 " 
4211-Lakeview Water Company Quarry 6.44 "Free use Granted" " 


site 
4152-Trey, Wm. J. RAW 1.66 $20 per a. plus $12. 


Cook Overcrossing, West Portland-Hubbard Highwa: 
4600-Dohs, Payson R. RAK 5.0 $171.59 per asre Parker 
(Correction report) 


Fossil-Kinzua Junction Sections John Day Highway 
4738-Westfail, A. C. R/V 0.15 $100 per acre 
Hood acer Section, Hood River Secondary Highway 
4810-Dittbenner, A. L. stock pile 1.11 $100 lump sum 
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ask him to relieve the Commission from building more than one of the fences. 


Wayside timber strip along the Klamath Falls-Lakeview Highway near 
Drews Velley: The Perks Superintendent advised that this strip contains a most 
beautiful stand of timber which, in his estimation, is well worth the sum of 
$5.00 per thousand that the owners are asking for it. He recommended the pur- 
chase of the property et such rate which would totel about $5,340 according to 
cruise. The State Highway Engineer concurred in such recommendation. The 
Commission approved the recommendation by unanimous vote. 


Park site adjacent to North Santiam Highway about three miles east 
of Mehama, in Mgrion County: The Parks Superintendent advised that Marion 
County owns 50 acres of fine timber land through which the highway will pass 
chen constructed and wishes to present it to the state for park purposes if 
the state wants it. He said that the tract is admirably situated with rela- | 
tion ta the North Santiam River commanding a fine view of the same, contains 
a fine stand of timber end will make an excellent addition to the state park 
system. He recommended acceptance of the offer. The Commissicn approved the 
recommendation by unanimous vote and ordered that an rppropriate letter of 
thanks be directed to Marion County Court. 


Request of B. L. Bradley, Salem, to operate a portable telescope on 
the ocean beach area. The Parks Superintendent stated that he hes no particu- 
lar objection to Mr. Bradley setting his telescope up on the beach area, even 
if he mede a charge for the same, unless it would establish 2 precedent that 
might be difficult to avoid in passing on similar requests in the future. The 
Attorney edvised that the Highway Commission does not have legal authority to 
prevent Mr. Bradley from operating his telescope on the beach. The Commission 
took no @efinite action on this matter but indicated that it would offer no 
objections to Mr. Bradley using the beach for the purpose desired. 


The Engineer requested authority to acquire certain parcels of real 
property that are needed for various highway improvements throughout the state. 
He submitted a list of such properties together with prices that he recom- 
mended be paid for each. After careful consideration the Commission approved 
the Engineer's request and by unanimous vote adopted the following resolution 
in regard thereto: 


WHEREAS, in connection with the further improvement of the 
highways hereinafter designated, it is and has been necessary to ac- 
quire property for right of way, quarry sites, gravel or other mater- 
iel sites, or sites for the storage of materials, as hereinafter 
more definitely set forth, and 


WHEREAS, as a result of negotiations carried on with the owners 
of the property required, options have been obtained, which options 
have been considered by the Commission, outlining the bases of set- 
tlement which have been agreed upon, and 


aI 
i) 

| 
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WHEREAS, it is the judgment of the Commission that the said op- 
tions should be approved and accepted, and/or the said reports be 


Fp TIVE RL 
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Section, Hwy., and Owner Purpose Acres ~-Approximate Amounts Agent 


inction ami Rive ast Highway 

4947-Guenther, Katie 0.002 Gratis Gardiner 
Bear C -T; t P 
4561-Pollard, Sam K. Payment in lieu of construction 

of syphon, estimated cost of 

$402.50 - $200.00 McCallister 
Eagle Point-Baker Gulch Section, Little Butte Secomard Highway 
1984-Bieberstedt, Donald Gravel Pit 3.06 ump sum " 


The Engineer reported thet the State Planning Commission has com- 
pleted its plans for rebuilding the City of Bandon which was destroyed by for- 
est fire in the fall of 1936, and has advised that it is ready for the State 
Highway Commission to relocate the highway through this town and to acquire 
right of way for the same. He exhibited sketches showing the proposed reloca- 
tion of the highway and advised that the only change seems to be a divided 
route in front of the commercial center as shown on the sketches. After some 
discussion the Coumission approved the proposed layout and authorized the En- 
gineer to make a definite location survey of the same. The Attorney was au- 
thorized to proceed with the taking of options for the right of way along the 
adopted location upon receipt of descriptions which are to be furnished by the 
Engineer when the survey is completed. 


The Commission had under consideration a letter from Eugene R. Walsh, 
President of Brown and Brown, Inc., Forest Engineers, Portland, inquiring 
whether or not the Commission desires to sell any of the timber loceted on 
property that the Commission acquired from the Detroit Trust Company in connec- 
tion with the acquisition of right of way for the Wolf Creek Highway in Sec- 
tions 2 and 11, T. 3N., R. 6 W., W.M. The Engineer suggested that this mat- 
ter be given very careful study by the Perks and Landscape Engineers before any 
of the timber is disposed of, as he recalled the timber is quite scattered on 
certain sections and there is only enough to give a pleasing appearance to the 
highway. The question arose whether or not Mr. Walsh has in mind to purchase 
the green timber or the dead timber thet was killed by the forest fire of 1933. 
After discussion the Commission decided not to sell the green timber but in- 
dicated it would sell the dead timber if that is what Mr. Walsh wants. The 
Commission ordered that Mr. Walsh be so informed. 


The Attorney requested instructions whether or not to institute legal 
proceedings to secure the removal of the "Zeller" buildings from the Oregon 
Coast Highway right of way just north of Tillamook. He advised that the owners 
of the buildingshave indicated that they will not move the buildings unless 
they are forced to do so by law. He was instructed by the Commission to bring 
suit to enjoin the people from maintaining the buildirgson the highway right 
of way. 


The Attorney reported difficulties in securing deeds from the Clerk 
of the State Land Board for property that the Highway Commission has purchased 


a ot 
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Section, Hwy,, and Owner Purpose Acres Approximate Amounts Agent 


John eC J 
4912-M ey, Rodney T. N 1.37 $10 per a. plus moving ‘Wells 
fences 
4917-McHaley, Rodney T. " 0.15 $10 per a. plus moving " 
fences 
4916,Galbreéth, John W, : 0.66 $10 per a. plus moving " 
fences 
4915-Galbraith, John W. ° 1.83 $10 per a. plus moving 
fences " 
4923- Smyth, Eloise B. “ 7,29 $10 per a. plus $45 * 
4919-Hall, Geo. H. " 1.90 $10 per a. plus $201.50 " 
4918-Hall, Geo. H. s 0.58 $10 per a. plus $13.50 ad 
4922-Buchanan, C, E. " ll. $300 per a. plus $281.50 " 
n 
n 


69 
82 $300 per a. plus $167.25 
22 


4921-Dliver, Herman and Frank " 
$300 per a. 


5 
4894-Oliver, Herman and Frank R/W& 4. 
Gravel Pit 
4882-Oliver, Herman and Frank R/W 22.05 9.24 a. at $10 per a. 
12.81 a. at $300 per a. plus 
$1824.92, and reinstallation " 
of pipes 


Albee-Ukiah Section, Pendleton—John Day Highw 
4619-Sturgis, Lina H. R/® 0.07 $15 lump sum, plus fenc- Wells 


ing 


Isiand City-Cove Section, Cove Second Hi £32. 

4693-Equitable Life Assurance R/W 1.09 F090 per a. plus $142 Wells 
Society of the U. S. 

4814-Noyes, Ben W. s 4.12 $100 per a. plus $348.10 " | 
(Correction Report) 


Sou trance to Mershfield Section, Oregon Coast Highwa 

4776-Berg, Mary & John E. Bk 31 aq.ft. $10 lump sum Benson 

4775-Berg, Mary & John E. " 6000 sq.ft. $4000 lump sum " 
with 10 room house 


4773-Schlag, Max and Charlotte R/W 6000 sq.ft.to be traded for that 


and Henry Reese portion of Lots &,9,10,11, Block 
7, outside of R/V, plus $100 and 
noving building bd 
L774-Berg, Mary and John E. R/W 6000 sq.ft. with 4-room house and 
garage-$1600-lump sum " 
Bunke 11 Overcrossing Section, Coos River Second zhi 


4,887-Ohristensen, Merie Erickson Slope Easem:t 180uU sq.ft. - ige-Seetia # 
1.764-4766-Youngquist, F. A. R/V 4800 sq.ft. - $350 lump sum 


Bend—Cresc Section, The Dalles-Calif Hi 
4985-Shevlin-Hixon Co. Gravel Pit 90,0 2U-yr lease, $270 lump Chandler 
sum 


OCT EE ORE 
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The Engineer reported the results of a reconnaissance survey to re- 
construct the Siletz Secondary Highway between the towns of Toledo and Siletz 
in Lincoln County. (See report of J. F. Waller, Locating Engineer, dated 
July 1937.) He estimated that it would cost about $350,000 to reconstruct 
this 7% mile section to permanent standard. Due to the high cost of the work, 
the Commission. decided not to undertake it at this time but to limit its ex- 

ture to an amount sufficient to take care of necessary repairs, especial- 
ly acrosg.a certain swampy section about 24 miles north of Toledo, which sec- 
tion is practically impassable for traffic during the winter season. The En- 
gineer was instructed to render an additional report at the next meeting of 
the Commission based on improving the present road so that travel can use it 

+ the winter months without difficulty, such report to include infor- 
nation relative to available sources of surfacing materials. 


The Engineer rendered a report on the condition of the county road 
that connects with the Coos River Secondary Highway in Coos County at e point 
five miles northeast of the town of Allegany, a three-mile section of which 
road the County Court of Coos County desires designated as a secondary state 

. He said that this road is only from six to twelve feet in width and 
is in a bad state of repair, that there are numerous buildings located adja- 
cent to the travelled roadway which would have to be moved if the state as- 
sumed jurisdiction of the road, and that the road is used extensively by log- 
g traffic and will be for the next thirty years. He estimated that it 
w cost at least $20,000 to grade only this three-mile section and to sur- 
face the same would cost several thousand dollars additional. He advised 
that the county court has on hand $2,500 which it is willing to contribute to- 
ward the improvement if the Commission will take the road over as a secondary 
highway, but recommended ageinrt such procedure because the county money is 
not sufficient even to make a good stert and the state is not able to finance 
it because of prior obligations. After discussion the Commission decided un- 
animously to deny the request and to so inform Judge McLain when he appears 
before the Commission on the following day. 


The Landscape Engineer reported the results of his investigation 
for the selection of a site for a marker stone which the "Territorial Days, 
Inc. of Oregon City wantsto erect on the Jacific Highway right of way in 
Oregon City to point out the site of the home of Peter Skene Ogden, a pioneer 
who ended his days in this city. It appears that the ectual site of Mr. Og- 
den's home is now occttpied by the Oregon City Foundry Works so it would not 
be possible to erect a monument there,hence asite about 400 feet from the old 
Ogden home on the parking area overlooking Willamette Falls was selected. 

The Landscape Engineer recommended approval of this site which, he said, is 
satisfactory to the officers of the Territorial Days, Inc.” The Commission by 
unanimous vote approved the site recommended and ordered thet the sponsors of 
the project be so informed, 


The Landscape Engineer also reported on the cost to construct a re- 
taining wall on the right of way of the Columbia River Highway near Corbett, 
Multnomah County, to prevent materials sliding onto the highway from the site 
upon which Columbia Grange No. 267 of East Multnomah County proposes to con- 
struct a monument honoring the pioneers of this state, He presented a plan 
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from the Land Board before delivery of the purchase price has been made. He 
advised that in making purchases from private parties past practice has been 
to defer payment for land until deeds have been obtained. He requested in- 
structions whether he should follow the procedure in dealing with the Stete 
Land Board or pey for the property before receiving a deed which would involve 
the issuance of checks on the revolving fund. The Commission decided to defer 
making an issue of this matter until the amount involved is a considerable 
sum. 

Reconsideration was given by the Commission to the purchase of the 
Olive M. Lee property along the new location of the Oregon Coast Highway be- 
tween Rocky Creek and Otter Crest in Lincoln County. The Attorney advised 
that apparently the owners of this property will not recede from their present 
demands of $15,000 for the entire acreage which includes 20 acres that are 
needed for right of way and about 30 acres that could be used for park purposes, 
so it will be necessary to condemn the property. The Parks Superintendent ad~ 
vised that the 30 acres outside of the right of way would make a very fine ad- 
dition to the state park at this location but he did not think the Commission 
would be justified in spending $10,000 for the same in view of the limited 
amount of funds that are available for purchase of state parks and the fact 
that the state now owns a beautiful park et this point. He suggested that the 
money could be spent to better advantage in the purchase of desirable park 
areas in other locations. After discussion the Commission decided to limit 
its purchase to right of way only and thereupon authorized the Attorney to in- 
stitute condemnation proceedings to acquire the same. 


Commissioners Aldrich and Tou Velle confirmed Chairman Cabell's ap- 
proval of the purchase of the Hamill property adjacent to Silver Greek Falls 
State Park in Marion County at $1,000 for the seven lots involved, this mat- 
ter having been referred to the Chairman at the meeting of the Commission on 
July 29, with full power to act. 
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The Commission had under consideration the selection of a type of 
treffic separation structure to be constructed on the Pacific Highway at the 
intersection of Denver Avenue and Union Avenue in Portland. The Engineer ex- 
hibited several models for such structure involving both circle snd cloverleaf 
types of construction. These were discussed by the Commission but action 
thereon was deferred pending a full report by the Engineer as to the cost to 
construct each type. Such report is to be rendered by the Engineer at the 
next meeting of the Commission and each member of the Commission is to be sup- 
plied with full information prior to the meeting so they nay be fully conver- 
sant with the facts when the matter comes up for discussion. 


In this connection the Engineer advised that the management of the 

Peninsula Golf Club is anxious to know definitely the plans of the Commission 
in regard to this proposed improvement because they contemplate the construc- 
tion of e building en their property soon and want to be certain that the 

building will be located in a place that will be entirely off the highway 

right of way. He was instructed by the Commission to show the golf club peo- 
ple a right of way line that will fit any of the proposed types of grade sep- 
aration structures and to ask them to locate their building back of this line. 
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OREGON COAST HIGHWAY 
ARCH CAPE~BEACH CREEK SECTION 
CLEARING 


Berke Bros., Inc. 
Roy L. Houck 
Heller & Gillgannon 


CENTRAL, OREGON HIGHWAY 
LAKE COUNTY LINE-GAP RANCH SECTION 
REGRADING - SURFACING 


Babler Bros. 

A. Milne 

McNutt Bros. 

Warren Northwest, Inc. 

Rogers Construction Company 

Medford Concrete Construction Company 


HOOD RIVER SECONDARY HIGHWAY 
BLOUCHER- SECTION 
SURFACING - OILING 


Parker-Schram Company 

R. O. Dail & Warren Bros. 
Babler Bros. . 
A. Milne 


LITTLE BUTTE SECONDARY HIGHWAY 
EAGLE POINT-BAKER GULCH SECTION - SURFACING 


Saxton & Looney and J. S. Risley 
Clifford A. Dunn 

A. S. Wallace 

E, C. Hall Company 

River Bend Sand and Gravel Company 
Medford Concrete Construction Company 


PACIFIC HIGHWAY 
SIUSLAW JUNCTION-AWBREY SECTION 
GRADING AND TOPPING - TIMBER PILE TRESTLE 


Edlefsen-Weygandt Company 
M. L. O'Neil & Son 
McNutt Bros. 

E. L. Gates 

E. H. Itschner 

Roy L. Houck 

Leonard & Slate 
Parker-Schre™ Company 


(continued on next page) 


$ 24,950.00 
29, 600.00 
31,750.00 


$ 68,157.00 
68,830.00 
69,885.00 
71,933.06 
73,372.09 
Th 196.00 


$ 26,642.50 
27 365.96 
29,115.06 
35,635.00 


$ 17,017.50 
17,257.50 
17,307.50 
18,200.00 
18,477.50 
20,897.50 
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for the project and estimated the cost thereof, including labor furnished by 
W.P.A. and materials and equipment furnished by the state highway department, 
at $2,000, of which amount the state's share would be avout $350. In this con- 
nection there was brought to the Commission's attention a resolu%ion from the 
Grange stating that the Grange would make no other requests of the Commission 
if it approved this one. After discussion the Commission approved the report 
and the plan and by unanimous vote authorized the Engineer to build the retain- 
ing wall at state expense. 


The Engineer requested authority to purchase a 2.5 cubic foot air 
compressor for use in the division office garage at Roseburg in connection 
with the repairing of tires and the servicing of state-owned cars. He es- 
timated that such compressor would cost about $150. The Commission approved 
the purchase by unanimous vote. 


The Engineer requested authority to construct an addition to the 
maintenance building at Redmond in which to house a snogo and a large truck 
equipped with V type snow plow attachment which are to be used in the Central 
Oregon Division this winter. He estimated that an addition 24 feet by 32 feet 
in dimension could be built for $1,200 and recommended approval at once so as 
to insure completion of the building before winter. The Commission approved 
the request by unanimous vote. 


The Engineer also requested authority to purchase five additional 
truck scales at an estimated total cost of $6,500. He explained that these 
scales are needed at Newport and Toledo in Lincoln County, at Bly in Klamath 
County and at the junction of the Santiam and McKenzie Highways near Sisters 
in Deschutes County where concentrated logging operations are under way. The 
Commirsion approved the purchase by unanimous vote. 


The Commission adjourned at 10:30 o'¢lock p. m. to reconvene the 
following morning in the Auditorium of the Public Service Building. 


Portland, Oregon, August 12, 1937 


The State Highway Commission reconvened at 9:00 o'clock a. m. in 
the Auditorium of the Public Service Building with all members of the Commis- 
sion present and participating. Also present were the State Highway Engineer, 
the Attorney and the Secretary. 


i 
p 


Bids as follows for highway construction projects end for the sale 
of residence property located in the town of Enterprise were opened and read 
in conformance with previously published notice: 


COOS RIVER SECONDARY HIGHWAY 


eo r 


- OVERJROSSING, SOUTHERN PACIFIC TRACKS | 
fi AT BUNKER HILL | 
; Mountain States Construction Company $ 44,768.50 

t Coos Bay Dredging Company 51 .20 

f Tom Lillebo 53,623.00 

E. C. Hall Company 54,305.00 

; 
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Highway Commission so it behooves the contractors in the submitting of pro- 
posals for highway construction work to see that such proposals are presented 
to the Highway Commission before the designated hour. 


Senator Wi. H. Steiwer, Fossil, Oregon, was present and asked the Com- 
mission to oil an additional section of the John Day Highway north of Spray 
rather than to construct the bridge over the North Fork of the John Day River 
near Kimberly which is now included in the Commission's construction program. 
He was informed by Chairman Cabell that the bridge is in bed condition and 
must be replaced so it would not be possible to make this transfer of proj- 
ects; also that the Commission does not have funds availeble to undertake 
both projects now. Mr. Steiwer also asked for additional surfacing on this 
highway south of Fossil. 


Mr. Tom Tongue, Attorney, Hillsboro, was present and requested, in 
behalf of the people of Tigard, the widening of the Pacific Highway West for 
four lanes of traffic from the point where the present four-lane highway ends, 
near Rock Creek Dairy, in Washington County, to a point near the Tualatin Riv- 
er crossing. He said that the present four-lane highway narrows down to a 
two-lane highway on a curve in a cut near the point where the new highway in- 
tersects the old highway, which still carries a lot of traffic, causing a con- 
dition that is extremely dangerous; in fact, numerous accidents have already 
occurred at this point. He gave as his thought that the widening of the pave- 
ment up to the Tualatin River Bridge, where the alignment of the highway is 
straight for a considerable distance, would correct the situation, and he 
urged that that be done. Mr. Tongue advised that property owners for the most 
part will donate needed right of way and that others will sell to the state at 
reasonable cost. In support of his oral arguments he filed with the Commis- 
sion a petition signed by 80 residents and freeholders of Washington County 
requesting the improvement. 


Chairman Cabell advised that the Commission realizes conditicns at 
this point, and plans, as its next project on this road, to continue the four- 
lane pavement into Tigard, bit definite plans in regard to the improvement 
have not yet been formulated, due to the fact that the project involves the 
crossing of the Southern Pacific reilroad and a change in alignment in the 
highway through the town of Tigard. He also advised that it would be impos- 
sible to undertake the work this year even if the plans were ready, because 
the Commission does not have funds available to finance the work. The Commis- 
sion has this project in mind, he said, and intends to give it due considera- 
tion in the formulation of its 1938 program, but is not in position to give 
more definite information at this time. 


The Engineer reported the need for a storage building at the Port- 
land maintenance headquarters to house snow-removel equipment that is to be 
stored at this location this winter, as well as equipment of one of the sign 
crews, of one of the patching crews, and of a bridge crew. He said that it 
is quite important that suitable storage facilities be provided for this 
equipment, and recommended immediate construction of a building 32 feet wide 
by 120 feet long, with 10 bays, which he estimated would cost about $6,000. 
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(Siuslaw Junction-Awbrey Section, continued) 


E. C, Hall Company 
F. C, Himber Company 
Joplin & Eldon 


OLD OREGON TRAIL HIGHWAY 
ONTARIO UNDERCROSSING 


C. J. Montag & Son 

Warren Northwest, Inc. 191,171.00 
Morrison Knudsen Company, Inc. 206,783.50 
Parker-Schram Company 209,499.00 
L. H. Hoffman 214,335.00 
McRae Bros. 219,670.50 
J. A. Terteling & Son 222,098.3C 
Kern & Kibbe 


PACIFIC HIGHWAY EAST 
REMODELING AND WIDENING - UNION AVENUE BRIDGE 


Averill & Corbin 
Gilpin Construction Company 


TILLAMOOK COUNTY OILING PROJECT 
THREE COUNTY ROADS 


2. C. Compton 
Werren Northwest, Inc. 
Babler Bros. 


PACIFIC HIGHWAY WEST 
STRUCTURAL STEEL FOR UNDERCROSSIN} NEAR WHITESON 


Minneapolis Moline Power Implement Company 
Poole & MeGonigle 

Isaacson Iron Works 

Clinton Bridge Works 


SALE OF RESIDENCE PROPERTY 
AT ENTERPRISE 


T. R. Maxwell 
Foriia S. Thomas 


Chairman Cabell announced that the award of contracts and the sale of property 
would be made at 3:00 o'clock p. m. in the same room. He also announced that 
hereafter bids that are received by the Commission after the hour stated in 
the Commission's "Notice to Contractors" will not be considered by the State 
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From the eastern terminus of the present Bertha - 
Beaverton Highway, which terminus is at the intersec- 
tion of said highway with S. W. Capital Highway (formerly 
a part of the West Side Pacific Highway), which intersec- 
tion is near the village of Bertha in ifultnomah County; 
thence easterly to a point on S, W, Barbur Boulevard (Pa- 
cific Highway West) at or near the intersection of that 
boulevard with S. W. Slavin Road in the City of Portland; 
the distance from said eastern terminus of the present 
Bertha—Beaverton Highway to said point on S. Wi. Barbur 
Boulevard being 0.86 mile more or less, 


be and the same hereby is designated, defined and adopted as the 
route of a state highway which shall be and become a part of the 
Bertha-Beaverton Highway. 


2, That the survey, field notes, maps and other engineer- 
ing data relative to the location end survey of said proposed high- 
way be and the same hereby are approved and adopted and are ordered 
filed in the records and files of the Commission at Salem, Oregon, 
and said survey, route and location, subject to such modifications 
and chenges as may be deemed necessary by the Highway Commission, 
shall te and are the survey, route and location of said road. 


3. That said route hereby is qualified for the construc- 
tion thereover of a state highwey with state highway funds to the 
same extent and in the same manner as are other state highways. 


4. Be it further resolved that the Secretary of the Com- 
mission be instructed to enter this resolution in the minutes of 
the Commission and transmit a certified copy thereof to the County 
Clerk of Multnomah County. 


The Engineer reported the necessity to raise the salaries of six 
gate tenders on the Interstate Bridge from $90 per month to $100 per month 
to meet the wage requirements of the State of Washington, which is paying 
half of this expense. He pointed out that the 1937 legislature in the State 
of Washington set « minimum of $100 per month for state employees, in view 
of which it would apperently be necessary to raise the pay of the bridge 
tenders on account of the joint nature of the project. He recommended the 
increase in wages. The Commission approved the recommendation by unanimous 
vote. 


The Commission considered a resolution from the City Council of 
Vale, Oregon, and a letter from the Vale Chamber of Commerce, in which the 
Commission was requested to improve, and promptly undertake the reconstruc- 
tion and betterment of the oiled surface on the Central Oregon Highway, curb 
to curb, within the corporate limits of the city of Vale. The Commission de- 
nied the request because of insufficiency of funds with which to finance the 
improvement at the present time. 
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In view of the apparent necessity for this building, the Commission by unani- 
mous vote approved the construction of the same at once, provided it will not 
affect or jeopardize the Commission‘s application for P.W.A. funds with which 
to finance its proposed office building at this location. The Ingineer was 
instructed to contact Mr. C. c. Hockley, State Mngineer, Public Works Admin 
istration, relative thereto. 


The Attorney requested instructions whether or not to prosecute 3 
man by the name of McCutcheon who recently installed a service statior adja- 
cent to the Pacific Highway at Woodburn and in connection therewith felled 
trees that were growing on the hi,hway right of way. He said that apparently 
there is a difference of opinion among highway department employes as to 
whether or not the trees constituted a hazard, cue of the engineers having 
stated to him that it was his judgment that the trees were @ hazard and ulti- 
mately would be cut down. The Commission deferred action on this matter 
pending reports from Division Engineer Eason, Landscape Engineer Otten, and 
District Maintenance Superintendent DeFrance, which are to be rendered at the 
next meeting. 


Reconsideration was given by the Commission to the matter of extend- 
ing the Bertha-Beaverton Highway from its present terminus at Bertha, Mualtno-. 
mah County, to a connection with the Pacific Highway West (Barbur Boulevard) 
in Portland via Terwilliger Boulevard and Slavin Road. The Commission con- 
firmed the action taken at the previous meeting approving such extension and 
by unanimous vote adopted the following resolution in regard thereto: 


WHEREAS, the Commission is by lew authorized and empowered 
to designate, define and adopt as state highways such road or roads 
as the Commission may deem of sufficient public importance and may 
improve, better, pave and maintain the same; and 


WHEREAS, a highway known and designated as the Bertha- 
Beaverton Highway is now a state highway, the easterly terminus of 
which is at or near Bertha; and 


WHEREAS, the Pacific Highway West connecting with and in- 
corporating a part of Barbur Boulevard is a duly designated and 
adopted state highway; and 


WHEREAS, the highway extending from the Bertha-Beaverton 
Highway at Bertha easterly to Slevin Road, thence over Slavin Road 
to a connection with the Pacific Highway West and Barbur Boulevard 
has not yet been designated as a state highway, but in the judg- 
ment and opinion of the Highwey Commission should be constructed 
and maintained as a state highway; 


NOW, THEREFORE, SE IT AND IT HEREBY IS RESOLVED, all mem- 
bers being present and affirmatively voting, as follows: 


l. That the route defined and described as follows,to wit: 
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A letter was presented from Estelle Carter-Boyer, County School Su- 
perintendent, Grant County, urging improvements to the Kimberly-Monument Sec- 
ondary highway in Grant County, to facilitate the transportation of school 
children and the consolidation of three small rural school districts. The 
Secretary was instructed to reply that the Commission does not have available 
sufficient funds to do any more for this road than it is now doing by way of 
maintenance but the project will be kept in mind for consideration when the 
program for the Federal Aid Secondary Highway funds is arranged. 


Resolutions were presented from Natal Grange No. 502, Mist, Oregon, 
Winema Grange No. 652, Birkenfeld, Oregon, and Vernonia Grange No. 305, Ver- 
nonia, Oregon, urging relocation, regrading and repairing of the Nehalem Sec- 
ondary Highway between Mist and Jewell, in order to expedite the oiling of 
this section. It was the Commission's decision that this project must wait 
its turn along with others in the same class. The Secretary was instructed 
to so inform the several granges. 


Consideration was given by the Commission to the following requests 
for extensions of time within which to complete highway construction projects: 


Harold Blake, contract No. 1789, for the construction of an 
overcrossing over the Southern Pacific Company's tracks on the Junc- 
tion City-Bugene Secondery Hizhway, in Lane County, requested an ad- 
ditional extension of time of 16 days, from June 15 to July l, 1937, 
within which to complete this project. He attributed his failure to 
complete the project by June 15 to heavy rains which interfered with 
the painting of the guard rail fence. The Ingineer advised that the 
statement of the contractor that wet weather conditions delayed com- 
pletion of the project is correct. He recommended, in view of the 
circumstances, that the extension requested be granted without pen- 
alty. He submitted a letter from the Bureau of Public Roads concur- 
ring therein. The Commission approved the recommendation by unani- 
mous vote. 


Colonial Construction Co.,contract No. 1865, for construction 
of an overcrossing over the 0.W.R.& N. Company tracks on the Old 
Oregon Trail, in Pendleton, Umatilla County, requested an addition- 
al extension of time of 14 days, from July 1 to July 14, 1937,with- 
in which to complete this project. They alleged that failure to 
complete the project by July 1 was caused by additional work re- 
quired by the Engineer in connection with stairway construction. 
fhe Engineer advised that the contractor's statement as to failure 
to complete the project by July 1 is correct and recommended the 
granting of the extension now requested without penalty. He sub- 
mitted a letter from the Bureau of Public Roads concurring in such 
recommendation. The Commission approved the recommendation by 
unanimous vote. 


Hoffman Construction Comeny, contract No. 1881, for con- 


struction of the bridge over the Southern Pacific Company's tracks 
on the East Portland-Oregon City Highway in Portland (Union Avenue 
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The Secretary presented a letter from Mr. Lewis A. McArthur, Secre- 
tary of the Oregou Geographic Board, in response to his request for recommen- 
dations regarding the naming of Short Sand Beach Creek bridge in Tillamook 
County and the Union Avenue viaduct in Portland in honor of certain individ- 
uals. Mr. McArthur gave as his opinion that it is unsatisfactory to name 
bridges for people, because, in his estimation, the general public will not 
refer to them by the names of the individuals for whom they are named but in- 
stead will refer to them by the names of the bodies of water which they span. 
He pointed out that there is considerable difference between naming a bridge 
for an individva! and dedicating a bridge to that individual and geve as his 
thought that in the present instances it would be more satisfactory to dedi- 
cate the two structures to the two men who are to be honored than to name the 
structures for them, and suggested that the matter be disposed of in that man- 
ner. The Commission concurred in the viewpoint of Mr. McArthur but took no 
definite action thereon. 


In the discussion that followed, the suggestion was made that Mr. 
Samuel G. Reed of Nehalem, for whom it is proposed to name the Short Sand 
Beach Creek bridge, would feel more pleased if the park that he donated to 
the state were named for him rather than the bridge, the park being located 
in this same vicinity. The Commission indicated 4 favorable attitude toward 
the suggestion but postponed a decision for future consideration. 


A letter was presented from the County Court of Wheeler County re- 
questing that the state take over and maintain the ccunty road that extends 
from the John Day Highway near Fossil to the town of Kinzua, in Wheeler Coun- 
ty. The Secretary was instructed to inform the County Court that the Commis- 
sion cannot do what it requests now but will coneider this project along with 
others in the formulation of the Federal Aid Secondary Highwey program. 


The Commission consiiered end ordered filed two letters from County 
Judge J. B. Wilkerson, Columbia County, both dated July 6, 1937, relative to 
the allocation of future federal funds to Columbia County. 


The Commission also considered and ordered filed a letter from Wm. 
H. McNeal, Secretary of the Roads Committee of the Wasco County Granges, in 
regerd to the oiling of the old Dalles-Dufur Road. 


The Secretary presented a letter from Honorable Robert W. Sawyer, 
Bend, advising thet there is every reason to believe that within the near fu- 
ture arrangements will be completed between the North Unit Irrigation Dis- 
trict in Jefferson County and’ the United States Bureau of Reclamation, for 
the construction of irrigation works to serve 50,000 acres of the north unit, 
“and giving as his thought that the State Highway Commission should take ac~- 
tion as may be necessary, at once, to protect the state's interests in the 
matter of securing right of way for the proposed revision of The Dalles—Cal- 
ifornia Highway at this location, in view of the fact that the lands to be 
served by the proposed irrigation system lie adjacent to the present highway 
and the proposed new highway location. The Commission instructed the Ingi- 
neer to thank Mr. Sawyer for his timely suggestion, and to proceed immediate- 
ly with the making of the location survey for the revision of the highway 
where it will be affected by the irrigation project. 


~ 
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The Engineer reported that contracts Nos. 1789, 1865, 1908, 1924, 
1932, 1939, 1948, 1971, and 1978, for the construction of state highway proj- 
ects, have been completed according to the requirements of the contracts or 
modifications thereof and that said jobs are now ready for acceptance. 


The following resolution accepting the above projects was offered 
and was adopted by the unanimous vote of the Commission: 


WHEREAS, the Engineer has reported that the following 
State Highway Commission contracts for the construction of state 
highway projects have been completed according to the terms and 
provisions of the contracts and that said jobs are now ready for 
acceptance: 


Contract -No. 1789, with Harold Blake, for the con- 
struction of the Eugene Overcrossing on the Junction 
City-Bugene Secondary Highway, in Lane County. Complet- 
ed July 1, 1937; 


Contract No. 1865, with Colonial Construction Com- 
pany, for the construction of the East Pendleton Over- 
crossing on the Old Oregon Trail, in Umatilla County. 
Completed July 14, 1937. 


Contract No. 1908, with Babler Bros., for surfac - 
ing, oiling and rock production on the Redmond-Bend Sec- 
tion of The Dalles-California Highway, in Deschutes Coun- 
ty. Completed July 9, 1957. 


Gontract No. 1924, with Smith & Company, for fur- 
nishing crushed rock on the Castle Rock-Umatilla County 
Line Section of the Columbia River Highway, in Morrow 
County. Completed July 24, 1937. 


Contract No. 1932, with Sig Ash, for construction 
of two bridges end 1.045 miles grading and surfacing on 
the Alsea-South Fork Section of the Alsea-Deadwood High- 
way, in Benton County. Completed August 5, 1957. 


Contract No. 1939, with Schmeer, Williams end Gen- 
temann, for furnishing crushed rock on the Condon-Fossil 
Bection of the Jolin Day Highway, in Gilliam and Wheeler 
Counties. Completed July 10, 1957. 


Contract No. 1948, with Babler Bros., for oiling 
and furnishing crushed rock on the Gales-Lime Section 
of the Old Oregon Trail Highway, in Baker County. Com- 
pleted August 9, 1957. 


Contract No. 1971, with Warren Northwest, Inc.,for 
grade widenin, and paving on the Forest Grove-Hillsboro 
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Overcrossing), Multnomah County, requested an extension of time of 
51 days, from June 30 to July 51, 1937, within which to complete 
this project. They gave the following reasons for failure to com 
plete this project within the specified time limit: (1) teamsters 
union strike during August and September, 1956, which held up de- 
livery of sand and gravel; (%) change in plans, requiring addition- 
ai work in construction of walls, sidewalks, stairways, et cetera; 
(3) change in plans for the electric wiring and lighting system, 
which required additional materials to be shipped from the East; 

(4) delays in commencement of project, due to right of way difficul- 
ties; and (5) adverse weather conditions which prevented pouring of 
concrete for about a month during the first part of the year. The 
Engineer advised that the reasons given by the contractor for fail- 
ure to complete the project within the specified time limit are sub- 
stantially correct. He recommended, due to the fact that the delay 
was occasioned by circumstances beyond the contractor's control, 
that the extension requested be granted without penalty, and sub- 
mitted a letter from the Bureau of Public Roads concurring therein. 
The Coumission approved the recommendation by unanimous vote. 


Schmeer, Williams & Gentemann, contract No. 1939, for furnish- 
ing crushed rock in stock piles for the Condon-Fossil Section of the 
John Day Highwey in Gilliam and Wheeler Counties, requested an addi- 
tional extension of time, from June 50 to July 10, 1937, within which 
to complete this job. They attributed their failure to complete the 
project by June 30 to the fact that the material to be crushed came 
from a talus slide which, during the early spring, was very wet and 
did not permit proper screening 2f the materials, and, as a result, 
crushing operations had to be postponed until warm weather set in. 
The Engineer advised that the contractor furnished the materials in 
ample time for this season's work, so the state was not inconven- 
ienced by the delay; also, that no additional expense for engineer- 
ing supervision was incurred. He recommended that the extension re- 
quested be granted without penalty. The Commission approved the rec- 

ommendation by unanimous vote. 


The Engineer reported that on May 22, 1936, the Highwey Commission 
granted to contractors Joplin and Eldon an extension of time up to June 50, 
1936, within which to complete their contract for the construction of the 
Eagle Creek Bridge superstructure on the Upper Columbia River Highway, con- 
tract No. 1768, subject to the payment of extra engineering expense incurred 
by the Commission subsequent to the date of completion specified in the con- 
tract; and that the extension on such basis was approved by the Local office 
of the Bureau of Public Roads, which later, by letter dated June 24, 1936, 
recalled its approval because, in its opinion, the assessment of engineering 
costs cannot be justified if the per diem penalty is waived. He gave as his 
thought that the contractors should not be required to pay the per diem penal- 
ty and recommended, therefore, that they be relieved of paying any penalty 
whatsoever, in order to expedite payment of the final estimate, which is long 
overdue. After discussion and in view of the circumstances, the Commission 
approved the Engineer's recommendation by unanimous vote. 
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Project, together with $20,000 of state cooperative funds which 
have been offered by the State of Oregon. The project to be fi- 
nanced is the construction of a tunnel approximately 1,000 feet 
in length, and a small amount of approach grading. The project 
will be designated Oregon Forest Highway Project 21-J2, Kl. 


It is our hope that tie project can be let to contract this 
fall and construction carried on during the winter months, thus 
permitting the opening of the Willamette route a season earlier 
than could otherwise be effected if the construction of the tun- 
nel is postponed until next year. 


The Commission also considered and signed the following agreements, 
etc.: 


Deed, conveying unto I. B. Lindeman and Minnie Lindeman certain 
property lying outside of the right of way of the Columbia River 
Highway in the town of Rainier, same being partial consideration 
for land acquired from the Lindemans for right of way purposes, and 
being in conformity with the provisions of an agreement between the 
Commission and the Lindemans dated March 10, 1937. 


Lease agreement with Douglas County providing for the use of 
county~owned property, known as Murphy Bar, on the Umpqua Highway 
west of Scottsburg. 


Agreement with the Southern Pacific Company relating to the 
Whiteson Undercrossing Project on the Pacific Highway West, in 
Yamhill County. 


Agreement with the Southern Pacific Company covering the con- 
struction of en overhead viaduct in Bunker Hill Addition to the 
city of Marshfield, in Coos County. 


Agreement with Columbia River Packers Association providing 
for the removal of two buildings from the proposed new location 
of the Oregon Coast Highway along Astor Street in Astoria. 


A delegation from Albany and Corvallis, consisting of County Judge 
J. J. Barrett and County Commissioners H. A. Renninger and H. W. Cooley of 
Linn County; County Commissioner Wade Malone of Benton County; Mesdemes Cald- 
well and Telferd, and Messrs. Stuart, Bryant, French, and C. C. Cochran, came 
before the Commission and urged the oiling of the unoiled section of the Cor- 
vallis-East Side Secondary Highway No. 210 between Albeny and Corvallis, about 
five miles in length. Judge Barrett of Linn Count; headed the group. He said 
that this road carries a large volume of traffic and under present conditions 
is dangerous to travel because of the dust hazard. Furthermore, the dust is 
causing serious damage to crops adjacent to the road. He gave as his thought 
that the alignment of the present road is very good and that the rock surfac- 
ing thereon is satisfactory to receive an oil treatment; also, that the small 
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ache ag +f ie Sa Valle » in Washington 
ty. Completed August ¢, 937. 


Contract No. 1978, with J. C. Compton, for oiling 
the Klaskanine Summit-Jewell Section, Treharne Junction- 
Buxton Section snd Davies-Banks Section of the Nehalem 
Secondary Highway, in Clatsop, Columbia and Washingtoa 
Counties. Completed July 9, 1957. 


THEREFORE, BE IT RESOLVED that the work covered by said 
state highway contracts for the construction of said state high- 
way projects be declared completed according to the terms of the 
respective contracts, and said jobs are hereby accepted and final 
payment in connection with each is hereby authorized. 


W. H. Lynch, District Engineer, Bureau of Public Roads, was present 
and inquired as to the status of the acquisition of right of way for the Eagle 
Creek Section of the Upper Columbia River Highway. He said that the Bureau is 
ready and anxious to advertise this job for bids but cannot do so until the 
right of way matters have been clarified. The Attorney advised that the right 
of way has all been acquired except that across the property of the 0.W.R.& fl. 
Company, and that the plans for the project have been approved by the local 
railroad officials but apparently there is some delay in securing approval by 
the officials of the raiJroad company in Omaha. He predicted that the matter 
would be cleared up in about a week. The Mngineer recommended that the Com- 
mission guarantee the right of way to the Bureau of Public Roads in the event 
that the railroad company's final approval is not secured within a week. Aft- 
er discussion and in view of the urgency of the matter, in order to expedite 
the construction of this project, the Commission approved the recommendation 
by unanimous vote. 


The Commission considered and signed the following letter with W. H. 
Lynch, District Engineer, Bureau of Public Roads, and C. J. Buck, Regional 
Forester, United States Forest Service, directed to the Chief, Forest Ser- 
vice, and Chief, Bureau of Public Roads, Washington, D. C., which letter is 
dated August 3, 1957, and provides a program for forest highway fu.” savings 
that have developed from low bids recently received, amounting to a »,roxi- 
mately $120,000.00: 


Chief, Forest Service, 
Chief, Bureau of Public Roads, 
Washington, D. C. 


Gentlemen: 


By reason of savings which have developed from low bide re- 
cently received, there is now available in the Forest Highway 
Contingent Fund for the State of Oregon approximately $120,000 
which can be programmed to new work. It is our recommendation 
that this sum be allocated to the Willamette Forest Highway 
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ts, other than maintenance, on primary and secon highways. He 
urged the Commission to outline at once a program for the teonseminnt af Baker 
County roads and to start construction of some of the projects this year. He 

ly mentioned the Baker-Halfway Section of the Baker-Homestead High- 
way and the Baker-Unity Highway as being badly in need of improvement. He al- 
so asked the Commission to designate as a secondary highway the county road 
which extends from the town of Robinette northwesterly to e junction with the 
Baker-Homestead Highway, a distance of about 5; miles, in order to provide a 
proper connection between the Beaker-Homestead Highway and the Robinette-Home- 
stead Secondary Highway. 


Mr. Vermillion, President of the Baker Chamber of Commerce, endorsed 
Judge Baird's remarks and introduced other speakers as follows: Mr. Donald,who 
alleged that there are only two counties in the state that have contributed 
more county funds for state highway construction projects than has Baker Coun- 
ty. He gave as his thought that from that standpoint Beker County is entitled 
to more consideration in the distribution of highway revenues than it has re- 
ceived in the past. He mentioned the Medical Springs and Baker-Unity Highways 
and declared that these roads have not been properly maintained and ere badly 
in need of oiling. Baker County, he said, does not want to be unfair but 
feels that it is justified in requesting these improvements because it is not 
receiving now proper consideration in the distribution of highway funds. He 
also mentioned the Baker-Homestead Highway, which road, he said, people hate 
to use because it is in such a deplorable condition. He urged relief from 
the present conditions at the earliest possible time. 


Henry McKinney, Chairman of the Roads Committee, Baker Chamber of 
Commerce, spoke for the improvement of the Baker-Homestead Highway from the 
commercial standpoint, particularly in the interests of the dairy industry in 
Eagle and Pine Valleys, which, he declared, is at the top of the list of all 
the dairy districts in the state, and in the interests of the mining industry 
in the Cornucopia district, which, he said, creates a large volume of traffic. 
He urged the Commission to make a definite commitment of funds now, to the 
end that the Beker-Homestead Highway will receive proper improvement et the 
earliest possible time. 


Mr. W. W. Evans, Halfwey, declared thet the Baker-Homestead Highway 
is the life line of their district; that they have urged the improvement of 
this road for many years; but the only satisfection that they have received 
is a statement that there are no funds available to finance the work but that 
their request will be taken under consideration. He urged the Commission to 
give the delegation some assurance to take home with them that the Baker- 
Homestead Highway will be improved soon. 


Representative Al Grant ertdorsed the remarks of the other speakers 
and declered that all they want is the oiling of their roads and that the™un- 
godly" ruts be eliminated. Senator Strayer also spoke in behalf of the proj- 
ects and particularly urged the oiling of the Baker-Halfway Section. He 
stated emphatically that tuey want this road oiled and they want it oiled nov 
He advised that they would be satisfied with the smoothing up of the present 
highway rather than reconstruction on new alignment but they want this smooth- 
ing work done at the earliest poseible time and the road oiled to allay the 


dust. 
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amount of extra right of way that may be needed will not be expensive. He 
pointed out that the road is now oiled at both ends, leaving only a five-mile 
section in between to be completed, and urged the improvement not only from 
the safety standpoint but also from the stendpoint of economy, it being his 
thought that it would be much cheaper to maintain the oiled surface than the 
present graveled road. In support of his oral arguments, Judge Barrett pre- 
sented petitions signed by 700 residents of the State of Oregon residing in 
and near the community and territory served by this road, urging the oiling 
of the same at the earliest possible time. He also presented results of a 
traffic count taken between eight and ten o'clock p. m. on Saturday, August 
7, 1937, at the intersection of this road with the road leading to Peoria, 
which count showed 299 cars passing the intersection during such two-hour 
period. He also presented letters from the Albany Chamber of Commerce and 
from the committee representing inhabitants served by this secondary highway 
urging the inprovement. Judge Barrett advised, in answer to an inquiry from 
Chairmen Cabell, that the County Court considers this project to be the most 
important secondary highway project in Linn County. Mr. C. C. Cochran, Sec- 
retary of the Corvallis Chamber of Commerce, and County Commissioner Malone, 
of Benton County, also spoke in behalf of this project. . 


[ 
wy 
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Chairman Cabell advised that it would be impossible for the Commis- 
sion to undertake the oiling of this section this year for the reason that 
there are no funds available to finance the work and because the oiling equip- 
ment is now all engaged on other projects. He said that the Commission ap- 
preciates the necessity for the improvement and will give it consideration in 
next year's program. 


The Engineer advised that there are two ways to finance the project, 
one with state funds and the other with Federal Aid Secondary Highway funds. 
He suggested the adoption of the second method and to do the work as 6 con- 
tract project, revising the elignment of the highway wherever necessary. He 
pointed out that a survey of the road would have to be made before the Commis- 
sion could take any definite action as to construction and on account of the 
scarcity of funds it would not be possible to make such survey until next 
year. The Commission by unanimous vote authorized and instructed the Engineer 
to make a survey of this road when funds are available to finance it. 


A delegation from Baker County, headed by Judge Chas. E. Baird and 
consisting df the following members representing the Baker Chamber of Com- 
merce and residents of Eagle and Pine Valleys, came before the Commission in 
the interests of the Baker-Homestead Highway: County Commissioners R. M. 
Phipps and Claude Holman, Senator W. H. Strayer, L. L. Vermillion, Represent- 
ative Al Grant, Henry McKinney, C. T. Gedwin, Jim Donald, Howard Bergman, 
Fred Makinson, W. W. Evans, Ed Garlinghouse, M. Cooper, Albert Melhorn, Ala 
Pearson, and S. Marker. They particularly requested improvements between Ba- 
ker and Helrway. They also asked for improvements to the Beker-Unity Highway. 
Jutige Baird stated that the people of Baker County are not satisfied with the 
treatment that they have received at the hands of the Highway Commission; that 
the Commission has spent considerable amounts in other counties for construc- 
tion work but Baker County has received only a small amount of the highway 
revenues and has been going on from year to year with practically no 
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reduced to # ,000, and the Albany project, for immediate construction, be 
reduced to $150,000, the balance of such project to be financed with 1959 
funds. After discussion the Commission tentatively approved the Engineer's 
suggestion and instructed him to prepare a revised program on such basis for 
consideration by the Commission at its next meeting. 


The Attorney requested instructions in regard to the claim of Ralph 
J. Robertson, whose property adjacent to the Pacific Highway, in Jackson Coun- 
ty, (new route) is endangered by a slide condition resulting from highway con- 
struction in front of his place. The Attorney advised that he conferred with 
Mr. Robertson and ascertained that he would not be satisfied unless the state 
would pay him $5,000 in cash and would reconstruct the road leading to his 
place that was destroyed by the state's contractor and by the slide. The Com- 
mission deferred a decision in this matter, pending a personal inspection of 
the premises by Commissioner Tou Velle, and his recommendation. 


County Judge Hugh McLain, Coos County, was present and asked the 
Commission to designate and improve as a secondary state highway the county 
road which extends southeasterly from Marshfield to the town of Sumer, a dis- 
tance of about ten miles. He particularly asked the Commission to construct 
a bridge on this road replacing an unsafe one that the county had to demolish. 
He offered county funds in the amount of $6,750 to help defray the cost of 
the bridge, plans for which, he said, have already been prepared, and also of- 
fered to turn over to the state a county-owned quarry located in this vicin- 
ity, which, he said, could be used as a source of supply for surfacing mater- 
ials. Judge McLain also asked the Commission to extend the Coos River Second- 
ary Highway a distance of about 2; miles northeasterly from its present termi- 
nus near the town of Allegany, and to improve the seme so that it can be used 
by traffic the year sround with safety. He explained that the present road 
is only wide enough for one-way traffic and that it will have to be improved 
as an accommodation for the many logging trucks that are opereting over it, 
and for the convenience and sefety of school children who travel over the road 
daily during the school season in a school bus but who are confronted with ex- 
treme danger every time they travel: over the road on account of present condi- 
tions. He offered $2,500 of county funds toward the cost of improving this 
section if the Commission will designate it as a secondary state highway and 
undertake a sufficient amount of work thereon to make the road usable with 
safety through the year. 


Miss Kay Greame, Principal of the Allegany School, who was present, 
also urged the Commission to improve this road in behalf of the school chil- 
dren. She advise that the road is a dangerous one to travel and that at cer- 
tain times of the year it is impassable; in fact, it is necessary at times to 
close the school because the pupils are unable to attend on account of road 
conditions. She further advised that there ere 90 children who have to be 
transported every day to and from school and she alleged that each time they 
pass over the road they are subjected to extreme hazerd, which can be avoided 
only by reconstruction of the road. 


The Engineer advised that it would cost about $20,000 per mile to 
grade this section to an adequate stendard to care for heavy trucks and other 
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Chairman Cabell advised that the Commission has under consideration 
the oiling of the Baker-Homestead Highway from Baker to Halfway and the oiling 
of the Baker-Unity Highway through the farming district south of Baker, but 
cannot make a definite commitment of funds today. ‘He pointed out that it is 
strictly contrary to the established policy of the Commission to commit funds 
in advance and gave as his thought that the Commission should not deviate now 
from this policy, which is of long standing. He also pointed out that the 
oiling work could not possibly be done this summer even if money were avail- 
able to finance the work because it is too late in the season to start oiling 
operations. He advised that the Commission contemplates an inspection trip to 
Eastern Oregon within the next few weeks and at that time will inspect Baker 
County roads and will see what can be done about letting a contract this win- 
ter for construction next year. 


Judge Baird stated that he appreciates that the Commission cannot do 
the oiling work this yeer but suggested the early letting of a contract for 
the production of the rock that will be needed in connection with such opera- 
tions so that a start will he made. He gave as his understanding that Baker 
County is entitled to an annual allotment of about $40,000 of highway funds 
and,if that is true,and if the Commission will make a start this fall on the 
improvement of the Beker-Homesteed Hivhway, the County Court will approve the 
spending of this money on this road. He usked that the contract be awarded 
nbt later than November or December. 


Commissioner Aldrich suggested that it might be advisable to in- 
prove the section from Baker to a junction with the Keating road, a distance 
of about seven miles. Mr. Evans said that they did not care which section 
the Commission improved first but they want a stert made at once. Judge Baird 
declared that the Baker-Flagstaff Section would be satisfactory. The Engi- 
neer presented estimates of cost to construct various units. After further 
discussion Chairman Cabell concluded the conference by stating that the Com- 
mission can make no definite commitment or promise in regard to this project 
today except that Baker County highwey improvements will be given first con- 
sideration when the program for Federal Aid Secondary Highway funds is pre- 
pared. 


The Commission adjourned at 12:20 o'clock p. m., to reconvene at 
1:30 o'clock p. m. in the same room. 


The State Highwey Commission reconvened at 1:59 o'clock p. m. in the 
Auditorium of the Public Service Building, with all members, the State Highway 
Engineer, the Attorney and the Secretary present. 


The Commission had under consideration the matter of revising the 
1938 railroed grede separation and federal sid programs to provide for the fi- 
nancing of the Albany grade separation project and line revision, the esti- 
mated cost of which is considerably more than was originally anticipated. 
The Engineer suggested the elimination of the Hood River grade separation proj- 
ect from the program in view of the fact that it involves an expenditure of 
a much larger sum of money than can be spared at this time; also, that the pro- 
posed Siskiyou Mountain project on the Pacific “ighway in Jackson County be 
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Barview, Charleston and way-points, came before the Commission and asked for 
improvement on the Cape Arego' Secondary State Highway, particularly the oil- 
ing of the same in order to alleviate the dust nuisance. They alleged that 
Coos County does not have funds to pay for such work . so if they are to se- 
cure any relief it will have to come from the state. They declared that the 
road ig not a very good advertisement for the state in its present condition, 
being rough and dusty and a very dangerous road to travel when a condition of 
combitation dus’: and fog is encountered. Mr. Hiller presented two petitions, 
signed by 5,127 citizens of Coos County, some of whom reside along this road, 
the balance in other parts of western Coos County, all of whom are very anx~ 
ious for the state to underteke this improvement. He also presented letters 
from the Oregon State Elks Association and the Post Office Department, Marsh- 
field, endorsing the request. In support of his contention that traffic over 
this road is extremely heavy he presented results of a traffic count taken on 
Sunday, August 8, 1957, over this road, from 8:00 o'clock a. m. to 6:00 
o'clock p. m., which indicated that 707 vehicles passed over the road enroute 
to beach points, and 670vehicles returned. Mr. Kern stated that they would 
be satisfied with the oiling or this road as far as the town of Charleston if 
the Commission feels thet it does not have sufficient funds to extend the work 
a greater distance. After discussion Chairman Cabell advised that the Commis- 
sion is awere of the condition of this road and will consider its improvement, 
but there are many things around Coos Bay that the Commission has to do and 
there is a question which of the projects should be undertaken first. 


County Commissioners E.H.Lindsey and E.G.Anderson of Tillamook Coun- 
ty were present regarding the awerd of the contract for the Tillamook County 
oiling project on three county roads, for which bids were taken at the morn- 
ing session. The Engineer advised that the low bid received for this job was 
that submitted by J.C. Compton, McMinnville, at $38,316.00, based on the use 
of tar, and that there were two higher bids received. He estimated that Til- 
lamook County's share of this cost would amount to about 412,000. Mr. Lindse; 
stated that the county is ready and willing to pay such amount to the state in 
warrants if the Commission wili agree not to cash the warrants until the proj- 
ect is done. He inquired whether or not the stete would pay the engineering 
and inspection costs in connection with this work and gave as his understand- 
ing that the Commission agreed at one time to assume such expense. He was in- 
formed that the statements previously made by the Commission in that regerd 
simply referred to engineering expense incurred prior to construction and it 
was not intended that the state would pay fer construction engineering and in- 
spection, because it has no legal authority to do so. The Attorney confirmed 
such statement. After discussion the Commission agreed to accept tne county's 
warrants in payment of its share of this work and to held such warrants until 
the job is completed. The County Commissioners agreed to pay the cost of con- 
struction engineering supervision and inspection. The Attorney wes instructed 
to prepare a form of agreement covering the matter and it wes mutually agreed 
that the award of the contract would be withheld pending execution of this 
agreement and delivery of the county s warrants to the Commission. 


Mr. Lindsey brought up for discussion the matter of the State High- 


way Commission cooperating in the cost of the Dougherty Slough revetment proj- 
ect. He said that this improvement is now nearing completion and that the 
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traffic and that the surfacing work would be extra. After considerable dis- 
cussion, in which Judge McLain stated that they would be satisfied with the 
improvem.at of the Coos River Highway extension alone if the Commission could 
not sez its way clear to undertake the bridge project, Chairman Cabell ad- 
visea that the Commission would give the matter some thought but it would not 
be possible to make definite commitment of funds or any promises at this time. 
The Commission agreed to inform Judge McLain by letter as soon as a definite 
decision has been made and to send a copy of the same to Miss Greame. 


County Commissioner Jay Dunn, Lincoln County, came before the Com- 
mission in the interests of the Siletz River Secondary Highway. He inquired 
as to the Commission's plans for the improvement of this road. He was in- 
formed by the Engineer that the Commission has considered making this road a 
federal aid secondary highway with a view of using federal aid secondary mon- 
eys to finance its improvement; but the probabilities are that the program 
for sucn roads will not be arranged until it is too late to do any construc- 
tion work this year; so the concern of the Commission at this time is, what 
can be done in the way of improvements to maintain travel during the winter 
season so there will not be a repetition of last winter's difficulties. The 
Engineer further advised that the Commission had this matter under discussion 
on the previous evening, at which time he was instructed to render a full re- 
port on the present condition of the road, the need for improving the same, 
and the cost involved, such report to include information on the source of 
supply of road-building materials. He gave as his thought that for an 
expenditure of approximately $50,000.00 the road could be fixed up temporar- 
ily so that it would be passable the year around, and he recommended that 
that be done. 


Mr. Dunn inquired what plans have been made for the improvement of the 
swamp section. He was informed by the Engineer that eventually the road will 
have to be relocated around the swamp, which project the Commission hopes to 
undertake when federal funds are available to assist in financing the work. 
In the meantime, he added, it will be necessary to place enough rock on this 
section to maintain travel through the winter. As a matter of information Mr. 
Dunn stated that there is a scarcity of good road rock in the Siletz district 
and that the best rock that could be obtained is located at Agate Beach, al- 
though there is a source of supply of gravel in the Siletz River near the 
town of Sileig which might prove satisfactory for filling-in purposes. After 
further discussion the Commission decided to proceed with the rocking of this 
road in conformance with the Engineer's suggestion, and authorized him to ad- 
vertise the project for bids to be received at the next meeting, in September, 
the contract to be limited in amount to $50,000. 


Mr. Duna then asked the Commission to apply an oil treatment. to the 
parking area adjacent to the Oregon Coast Highway at Otter Crest for the ben- 
efit of the many sight-seers who stop at this place. The Commission approved 
the request and instructed the Ingineer to see that such oiling work is done 
when an oiling crew is available. 


A delegation from North Bend, headed by Mr. Edgar McDaniel and in- 
cluding Henry G. Kern and W. M. Hiller, representing the towns of Empire, 
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Dail and Warren Bros., Aberdeen, Washington, submitted the next low 
bid at $27,565.00. There were two higher bidders. The Commission 
has rejected all of these bids and has ordered the project readver- 
tised for bids to be received at the next meeting. 


"Eagle Point-Baker Gulch Section of the Little Butte Secondary 
Highway, in Jackson County. 5.2 miles surfacing and furnishing 
$,950 cubic yards crushed gravel in stock piles. The low bid was 
that submitted by Saxton & Looney and J. S. Risley, Portland, at 

7,017.50. The next low bid was that submiited by Clifford A. 
» Klemath Falls, at $17,257.50. There were four higher bidders. 
The Commission has awarded the contract to the low bidders, Saxton 
& Looney and J. S. Risley, at their bid price of $17,017.50. 


*Siuslaw Junction-Awbrey Section of the Pacific Highway, in 
Lane County. 4.52 miles grading and topping and construction of a 
timber pile trestle with concrete superstructure. The low bid was 
submitted by Edlefsen-Weygandt Company, Portland, at 465,858.00. 
The next low bid was submitted by M. L. O'Neil & San, Eugene, at 
$66,068.50. There were nine higher bidders. The Commission has 
awarded the contract to the low bidder, Edlefsen-jieygandt Company, 
at its bid price of 465,858.00. 


"Conerete undercrossing structure, retaining walls, and high- 
way roadbed at crossing with Union Pacific railway tracks on the 
Old Oregon Trail Highway at Ontario, in Malneur County. C. J. Mon- 
tag & Sons, Portland, submitted the low bid ror this project at 
$190,187.50. The next low bid was submitted by Warren Northwest, 
Inc., Portland, at §191,171.00. There were six higher bidders. 

The Commission has awarded the contract to the low bidders,C. J. 
Montag & Sos,at their bid price of $190,187.50. 


“Remodeling and widening Union Avenue Bridge over Sullivan 
Gulch on the Pacific Highway East, in Portland, Multnomah County. 
The Commission received two bids for this project, the low one 
being that of Averill & Corbin, Portland, at $65,960.00. The 
other bid was that submitted by Gilpin Construction Company ,Port- 
land, at $75,780.00. The Commission awarded the contract to the 
low bidderr, Averill & Corbin, at their bid price of §65,960.00. 


"Tillamook County Giling project on three county roads, in 
Tillamook County. 4.4 miles surfacing and 8.5 miles oiling. The 
low bid was submitted by J. C. Compton, McMinnville, at $38,316.00 
based on the use of tar. Warren Northwest, Inc., Portland, sub- 
mitted the next low bid at $41,917.00 based on the use of tar. The 
only other bid received was that of Babler Bros., Portiend, at 
$42,495.00 based on the use of tar. The Commission has deferred 
the awerd of this contract and has referred the bids received there- 
for to the Engineer with power to award the contract to the low bid- 
der when an agreement has been signed with the county covering the 
matter of furnishing rock. 


AUG12 1937, 


'7566 


drainage district which is doing the work as a W.P.A. project under county 
sponsorship, and is paying for the same, believes that the state should pay a 
portion of the cost thereof because the revetment will act as a safeguard to 
the Oregon Coast Highway which is located nearby. The Attorney advised that 
about two years ago the Commission agreed to cooperate in this undertaking and 
instructed him to prepare a form of agreement covering the matter, which he 
did, but the agreement has not been signed by either party thereto. He read 
excerpts therefrom for the Commissioners' information. After discussion the 
Commission referred the matter to the Engineer for investigation and to work 
out the details in the event it appears that the Commission is obligated to 
contribute state funds for this improvement. 


Chairman Cabell left the meeting at 5:00 o'clock p. m. 


Also at 3:00 o'clock p. m. the State Highway Imgineer announced the 
following awards of contracts for which bids were taken at the morning sessim, 
the awards having been previously approved by the Commission by unanimous vote: 


"Qvercrossing structure over the Southern Pacific Company's 
tracks on the Coos River Secondary Highway, at Bunker Hill, in 
Coos County, including 0.16 mile grading highway roadbed and 0.39 
mile grading railroad roadbed. The low bid was that submitted by 
Mountain States Construction Company, Eugene, at $44,768.50. The 
next low bid was that submitted by Coos Bay Dredging Company, Marsh- 
field, at $51,869.20. There were two higher bidders. The Commis- 
sion has awarded this contract to the low bidder, Mountain States 
Construction Company at its bid price of $44,768.50. 


"arch Cape-Beach Creek Section of the Oregon Coast Highway, in 
Clatsop and Tillamook Counties. 2.168 miles of highway right of way 
clearing work. The low bid was that submitted by Berke Bros., Inc., 
Portland, at $24,950.00. The next low bid received was that sul- 
mitted by Roy L. Houck, Salem, at $29,600.00. The only other bid 
received was that of Heller & Gillgannon, Scappoose, at $31,750.00. 
The Commission has deferred the award of this contract and has re- 
ferred the bids to the Engineer with power to make the award to the 
low bidder when certain conditions have been satisfied. 


"Lake County Line-Gap Ranch Section of the Central Oregon High- 
way, in Harney County. 2.12 miles regrading, 7.61 miles surfacing, 
and furnish 11,500 cubic yards crushed rock in stock piles. The 
Commission received six bids for this job, the low one being that of 
Babler Bros., Portland, at $68,157.00. The second low bid was that 
of A. Milme, Portland, at $68,850.00. Tie Commission has awarded 
this contract to the low bidder, Babler Bros., at its bid price of 
$68,157.00. 


"Bloucher Section of the Hood River Secondary Highway, in Hood 
River County. 1.6 miles surfacing and oiling and furnishing of 
4,000 cubic yards crushed rock in stock piles. The low bid was that 
submitted by Parker-Schram Company, Portland, at $26,642.50. R. 0. 
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the buildings located thereon, and will commence the widening and improvement 
of the highway in Brookings within six months. He also presented a resolution 
from the County Court of Curry County requesting the State Highway Commission 
to obtain additional right of way for the Oregon Coast Highway through Brook- 
ings and to widen said highway through this town, including reconstruction on 
permanent alignment northerly to the Chetco River bridge. Mr. Bankus present- 
ed a brief jn support of oral arguments, containing recommendations of the 
Brookings Chamber of Comnerce. 


The State Highway Engineer advised that surveys for this proposed 
improvement have not yet been made, neither have estimates of cost been pre- 
pared. He said that he believed he could have « full report on this matter 
ready for the Commission's consideration about the first of January, 1938. 


Mr. Miller stated that ebout all they are asking for at this time i: 
that the Commission authorize such survey and the preparation of estimates. 


Commissioner Aldrich advised that the condition of the Highway Com- 
mission's finances will not permit construction work this year, so the only 
thing the Commission cen do now is to refer the matter to the Engineer for re- 
port. The Commission thereupon by unanimous vote authorised the Mmgineer to 
make such surveys as may be necessary to render a complete report on this 
project, such survey to be made before January 1, 1938, it being strictly un- 
derstood that the Commission, by ordering such survey, is making absolutely 
no commitment as to allocation of funds for construction. 


Mr. Otbo J. Kraemer, Attorney, Portland, appeared before the Com- 
. mission in behalf of Frank F. Reiner, who has a claim against the Commission 
for cloging Stephens Street at its intersection with Union Avenue, in East 
Portland, in connection with the construction of the Union Avenue project. 
Mr. Kraemer alleged that Mr. Reiner has a just claim because the street was 
closed at the instance of the State Highway Commission in connection with the 
construction of the East Portland-Uregon City Highway, and Mr. Reiner's prop- 
erty, which is located at the southeast corner of this intersection, has now 
no outlet onto Union Avenue from Stephens Street. The Commission referred 
this matter to Chairman Cabell with power to act. The Commission's Attorney 


was instructed to arrange a conference between the Chairman and Mr. Kraemer 
for discussion of the matter. 


The County Court of Deschutes County, represented by County Judge 
C. E. Lyon and County Commissioner Wm. Baer, accompanied by Mr. Don Peoples, 
Secretary of the Bend Chamber of Commerce, came vefore the Commission and 
asked for the following improvements: (1) designation as a state secondary 
highway of that portion of The Dalles-California Highway between Redmond and 
Bend that has been abandoned by reason of the reconstructicn of the highway 
on new alignment; (2) designation as a state secondary highway of the county 
road which extends from Bend to Tumalo Falls. 


The Commission agreed to placing the old highway between Redmond 
and Bend on the state secondary highwey system provided the County Court will 
make formal request for such designation by appropriate resolution. The At- 
torney was instructed to prepare a form of resolution covering the matter. 
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"Furnishing of structural steel for the undercrossing super- 
structure at the crossing of the Southern Pacific Gompany's tracks 
near Whiteson, on the Pacific Highwey West, in Yamhill County. The 
low bid was submitted by Minneapolis Moline Power Implement Company , 
Los Angeles, at $4,696.00. The next low bid was submitted by Poole 
& McGonigle, Portland, at ¢4,980.00. There were two higher bidders. 
The Commission has awarded the contract to the low bidder, Minneapo- 
lis Moline Power Implement Company, at its bid price of $4,696.00. 


"Sale of residence property in the town of Interprise, Wallowa 
County. ‘The Commission received two bids for the purchase of this 
property, the high bid being that of T. R. Maxwell, at $1,800, and 
the other being that of Portia S.-Thomas at $1,000. The Commission 
has accepted the bid of T. R. Maxwell and has sold the property to 
him at his bid price of $1,800." 


Major A. E. McKennett of the United States War Department was pres- 
ent in regard to the proposed Hood River project involving the rebuilding of 
the section of the Columbia River Highway and the Interstate Bridge Secondary 
Highway necessitated by the construction of the Bonneville Dam, and the Gov- 
ernment's offer of $75,000 as settlement in full for the damage resulting 
therefrom. The State Highway Ingineer advised that he could not recommend to 
the Commission the acceptance of the Government's offer becavse it involves 
an expenditure of nearly $400,000, toward which the Government would contrib- 
ute orly $75,000, leaving the baleice for the state. Furthermore, the ac- 
ceptance of the offer would obligate the Highwey Commission to spend approx- 
imately $200,000 annually on the Hood River-Mosier Section realignment, which 
expense, he said, is far beyond the ability of the State Highway Commission 
to pay under present circumstances. Major McKernett made no statements what- 
soever in -egaerd to the project. but expressed a desire to discuss the matter 
further e. ° che State Highway Engineer on the following day in Salem, in an 
endeavor ~ rk out an alternate proposition thet would be satisfactory to 
the Comm:...on. Such conference was thereupon arranged. 


Mr. Elmer Bankus headed a delegation from the town of Brookings 
which asked for improvements to the Oregon Coast Highway through. Brookings. 
Others in the delegation were Ed. W. Miller, Meneger of the Oregon Coast 
Highway Association; Charles T. M. Echols, County Engineer of Curry County; 
James A. Harris; Tom B. Page; and W. S. Chadwick. Mr. Bankus stated that the 
people of Brookings are anxious to improve their properties along the highway 
through this towm, which, he said, is the gateway of the State of Oregon and 
as such should be developed in order to create a good impression on tourists; 
but they cannot do so because of the proposed highway work which might re- 
quire changes in their plans in the event the improvements did not fit in 
with the plans for the highway. He urged the Commission to make definite 
plans for the highway at this time so the people can proceed with their in- 
provements without fear of alteration at some future date. Mr. Echols stated 
that for the most part right of wey for the proposed improvement will be do- 
nated. He presented a resolution signed by 16 property owners who assert 
their willingness to give to the stete free of cost extra right of way, ten 
feet wide, ‘provided the state will bear tne expense of moving and altering 
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satisfactory bid next time, the work will be done with state forces. However, 
in no case can the work be done until next year because it is too late to do 
oiling work this year. 


The County Commissioners then asked the Commission to remove a hump 
in the Mt. Hood Highway near its junction with the whiskey Creek county road. 
They alleged that this hump creates a very dangerous condition because it so 
happens that it is on a turn in the hishway close to an intersectica where 
the sight distance along the highway is very limited. The Commission re- 
ferred this matter to the Engineer for investigation and report. 


Mr. Samuel A. Lancaster, Civil Engineer, Portland, was present and 
asked the Commission to authorize a survey for a bridge across the Columbia 
River just above the site of the Bonneville Dam. He said that he intends to 
make an attempt to secure federal funds for the construction of a bridge at 
this point, but needs a certain amount of engineering data, including an es- 
timate of cost, to submit with his application for such funds. It was ex- 
plained to Mr. Lancaster that the Commission's attention is now being givea 
to the reconstruction of the highway up the Columbia River Gorge; hence the 
Commission is not particularly interested in a bridge across the river at 
this time; therefore, it is necessary to deny his request. 


Mr. David T. Mason, Portland; Mrs. W. C. Belt, Newport; and a Mrs. 
Rogers, representing a man by the name of J. D. Abbott, came before the Con- 
mission in regard to the proposed reconstruction of the Oregon Coast Highway 


between Fogarty Creek end Soiler Bay, in Lincoln County. They gave as their 
eaeriian that the highway is io be relocated nearer the ocean, and aske? 


the Commission to reconsider its plans end place the highway farther away 
from the odean so as to avoid cutting up their beach property and spoiling 
their beach. The Engineer advised that the Commission has already adopted 
the permanent alignment along this section. He pointed out that the permanent 
alignment in front of Mr. Mason's property coincides with the present road, 
so there will be no change whatsoever at this point except that the right of 
way will have to be widened. However, an entirely new right of way will have 
to be acquired across the property belonging to Mrs. Belt and Mr. Abbott in 
order to eliminate excessive curvature in the present road. Mrs. Belt said 
that she would rather give a 100-foot right of way across her property far- 
ther away from the ocean than sell any of her property for right of way 
between the present highway end the ocean. Commissioner Aldrich advised that 
the Commission is endeavoring to relocate highways for permanency and depends 
on the engineers to decide where the roads shall zo, which procedure has been 
followed in this particular instance; also, that, while the Commission has no 
definite plans for the immediate reconstruction of the section of the Oreyon 
Coast Highway under discussion, it is proceeding with the acquisition of 
right of way for the same so that everything will be in readiness to proceed 
when funds are available to finance construction work. The Commission indi- 
cated that it would not approve changing the adopted line for the permanent 
highway at this place. 
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Mr. Peoples explained that the Tumalo Falls road extends into the  ~ 
winter recreational area of the Central Oregon district, and that the United 
States Forest Service has spent upwards of $50,000 for improving this winter 
playground, which is used by more than 700 members of their winter sports 
club. He gave as his understanding that Deschutes County has about $10,000 
credit with the state for secondary highway construction, and suggested that 
this money be used to finance improvements on this road, so the club members 
can have the benefit of them this winter. Judge Lyons pointed out that Des- 
chutes County owes the state some $5,000 for road improvements, and offered, 
if the Commission would spend this money on the Tumalo Falls road, to pay off 
the debt by assignment of a portion of Deschutes County's share of the state 
gasoline tax funds. The State Highway Engineer advised that it is contrary 
to the established policy of the Commission to add any more roads to the state 
secondary system until the state-wide planning survey, which is now under way, 
has been completed and the results thereof carefully studied. He further 
stated that Deschutes County will not lose its credit of state secondary high- 
way moneys; but, on the other hand, the credit will accumulate and will be ap- 
plied at the proper time for secondary highway construction work in Deschutes 
County. He further stated that an estimate of cost to construct and maintain 
this road hes been prepared for the information of the Commission when the 
secondary highway matters are discussed. 


Mr. A. A. Kerry, Manager of the Lincoln County Logging Company, 
Taft, Oregon, came before the Commission and asked permission to construct 
and operete a sky-line logging cable over the Siletz Secondary Highway, in 
Lincoln County, in connection with logging operations. He said that the op- 
erations would probably last only about 60 days and that, if the Commission 
granted him this privilege, he would construct over the highway end under the 
sky-line, a timber structure for the protection of traffic on the highway in 
the event that logs should get loose from the sky-line cable. The Engineer 
stated that he previously discussed this matter quite thoroughly with Mr. 
Kerry and is of the belief that the method proposed for transporting the logs 
over the highwey and for the protection of treffic is satisfactory. He rec- 
ommended, therefore, in view of the fact that the operations will last only 
a short time, the granting of the request subject to the condition that the 
timber structure shall be constructed to his satisfaction and that the Lin- 
coln County Logging Company will furnish the state public liability insurance 
in the amount of $50,000/$100,000 and property damage in the amount of 
$10,000, and will furnish a bond in the amount of $1,000 for the protection 
of the highway end to insure the proper cleaning up of the premises when the 
operations are completed. The Commission indicated approval of the Engineer's 
recommendation and referred the matter to him with full power to act. 


The County Court of Hood River County, represented by County Com- 
missioners J. D. Smullin and R. W. Perry, appeared before the Commission in 
regard to the surfacing and oiling of the Bloucher Section of the Hood River 
Secondary Highway, for which bids were opened at this meeting. They were in- 
formed that the Commission considered that the bids received for this project 
were too high, hence rejected them and ordered the project readvertised for 
new bids. It was also explained that, if the Commission does not receive 4 
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supplies for their camps in the Starkey district have to be trucked over this 
highway, and, under present conditions, it is necessary to drive the trucks 
through streams at several places, which is very inconvenient, especially 
during the early part of the year when water often reaches a depth of more 
than two feet. He asked for a statistical report from the Commission on the 
number of secondary highways throughout the state where similar conditions 
exist. 


Mr. Kinzel also asked for the construction of an approach road to 
this highway at a certain location. He alleged that at one time an approach 
road existed at this particular point but it was later destroyed by reason 
of highway department activities, and he asked that it be replaced. Mr. Kin- 
zel also asked the Commission to widen thé highway grade at a point known as 
Ox Bow, and the construction of guard fence along this section. He said that 
the highway is about 40 feet above the Grande Ronde River at this location, 
and, under present conditions, because of the narrowness of the highway 
grade, a serious traffic hazard exists, which should be remedied at tne ear- 
liest possible time. 


In the discussion of the snow-removal operation and the sloughing- 
off of the highway grade onte the railroad west of La Grande, the question 
arose whether or not the railroad had prior rights over the highway. Mr. 
Kinzel alleged that the railroad should be given first consideration because 
it had its right of way before the right of way wes acquired for the highway. 
His assertions were questioned by the Hic’way Engineer, whereupon Mr. Kinzel 
agreed to furnish evidence to that effect. After further discussion, the 
Commission ordered an investigetion of the complaints made by Mr. Kinzel, 
such investigation to be made by Division Engineer li. C. Williams, and a re- 
port rendered thereon. Mr. Williams is to contact Mr. Kinzel and make a joint 
inspection if necessary. 


The Engineer reported that expenditures of state funds in connection 
with the Wolf Creek and Wilson River W.P.A. projects will, in the near future, 
overrun the amounts that to date have been authorized by the Highway Commis-~ 
sion, He asked the Commission to euthorize an additional $62,000 in order to 
carry on operations to the end of the present year. The Commission approved 
the request by unanimous vote. 


The Engineer brought up for discussion the matter of increasing the 
amount previously authorized by the Commission for furnishing rock for the 
Siletz River Secondary State Highway, in Lincoln County. He recalled that 
the Commission, at its meeting on August 12, authorized him to advertise for 
bids for a project costing not to exceed $50,000, which amount, it now ap- 
pears, will not be sufficient to finance a satisfactory project. He request- 
ed authority to increase the amount of this project to $59,000, which would 
include surfacing an 6-mile section east from Kernville, furnishing mainten- 
ance rock in the vicinity of Siletz, and the surfacing of the road south of 
Siletz so as to keep the road open for traffic during the winter. The Com- 
mission approved the request by unanimous vote. 


A letter was presented from L. A. Hollinshead offering his services 
in the procurement of right of way for a connection between the Oregon Coast 
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There being no further business to come before the Commission at 
this time, the meeting was adjourned at 5:15 o'clock p. m. 
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La Grande, Oregon, August 26, 1937. 


The State Highway Commission met in special session at 9:00 o'clock 
p. m. in the Sacajawea Hotel following an inspection of state highways in Ba- 
ker County with members of the Baker County Court, Baker Chamber of Commerce, 
and Mr. W. W. Evans, Halfway. Present were: 


Henry F. Cabell, Chairman 

E. B. Aldrich, Commissioner 

R. H. Baldock, State Highway Engineer 
H. B. Glaisyer, Secretary 


Commissioner F. L. Tou Velle was absent. 


Mr. L. K. Kinzel, representing the Mt. Emily Lumber Company, was 
present and urged improvements to the Hilgard-Starkey Secondary Highway, in 
Union County. He said that this road closely parallels the company's rail- 
road leading to Starkey in several places and that highway department forces, 
in maintaining the highway grade with grading equipment, frequently tear out 
railroad ties, causing the company unnecessary inconvenience and expense. 

He asked the Commission to correct this situation, which he thought could be 
done by constructing a drainage ditch between the highway and the railroad. 
He estimated that a satisfactory job could be done for $35,000 or $4,000 over 
and above the ordinary cost of maintenance. 


Mr. Kinzel complained that the highway department forces, in con- 
nection with snow removal operations along the Old Oregon Trail, about 7 
miles:west of La Grande, frequently deposit snow from the highway upon their 
railroad, which not only constitutes a hazard to railroad traffic but is al- 
so an inconvenience and an expense to them. He also stated that along thie 
section there is a tendency for the highway embankment to slough off onto 
the railroad. He suggested that this condition could be remedied by the con- 
struction of a retaining wall, and urged that that be done. 


Mr. Kinsel also asked for the installation of culverts at five dif- 


ferent locations on the Hilgard-Starkey Secondary Highway, to eliminate the 
necessity for traffic to ford streams at these points. He advised that 
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particular project serious consideration at that time. He was also in- 
structed to convey similer information to Mr. W. M. Hiller, Empire, Oregon, 
who was one of the delegation that appeared before the Commission on August 
12 in regard to this improvement. 


The Commission had under consideration a petition signed by 220 
residents of Douglas and Coos Counties residing along and adjacent to the 
old Coos Bay Wagon Road, requesting that such road be designated as a state 
highway and improved as such. The Secretary was instructed to inform the 
petitioners that the Commission is not in a position financially or other- 
wise to assume any more responsibilities in Coos County, particularly in 
view of the heavy expenditures that the Commission has made in this county 
in recent years for highway improvements. 


Reconsideration was given by the Commission to the request of Coun- 
ty Judge Hugh McLain, Coos County, for the extension of Coos River Secondary 
Highway from its present terminus, about 5 miles north of the town of Alle- 
gany, northerly a distance of about 5 miles; also, to Judge McLain's request 
for the designation as a secondary state highway of the county road which ex- 
tends southeasterly from Marshfield to Sumer. The Secretary was instructed 
te inform Judge McLain that the Commission has found it necessary to decline 
his offers of county cooperation for the improvement of these two roads be- 
cause it is not in a position to assume additional responsibilities or obli~ 
gations in Coos County at this time. — 


A letter was presented from C. E. Greider, State Supervisor of Rec- 
reational Study for the Branch of Recreational Planning and State Cooperation 
of the National Park Service, requesting approval of a plan for the coopera- 
tive study of recreational possibilities in the State of Oregon, as author- 
ized by Governor Martin on December 50, 1936. The Engineer advised that, as- 
cording to this plan, the cooperation of the State Highway Department would 
be limited to consultation with the State Parks Superintendent, lir. S. H. 
Boardman, and that the Highway Department would not be required to expend 
funds in connection therewith. He recommended affirmative action on Mr. 
Greider's request. After discussion, the Commission approved the recommenda- 
tion by unanimous vote. 


Chairman Gdell reported receipt of a request from officials in 
charge of the Western Safety Conference, which was recently held in Portland, 
for a contribution of $200 to assist in financing the same. In the discus- 
sion of this matter it was pointed out that it has been the established pol- 
icy of the Commission for many years to refuse to contribute funds for such 
purposes. The Commission decided that it would be inadvisable to diverge 
from this policy, hence denied the request. 


The Commission also had wider consideration « letter from Mr. Nor- 
man N. Rupp, timber owner, Portland, offering for sale to the state, as a rec- 
reational area, a tract of timber land situate adjacent to the Nehalem High- 
way just west of the town of Jewell, in Clatsop County. The Commission re- 
ferred this matter to the Secretary with instructions to ascertain from the 
State Parks Superintendent whether or not the tract is valuable for park 
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Highway and the Wolf Creek Highway, in the vicinity of Cannon Beach. The En- 
gineer advised that no surveys have as yet been made for this connection, 
hence it would not be possible to take advantage of Mr. Hollinshead's offer 
at this time. The Commission ordered that this matter be referred to Divi- 
sion Engineer F. D. Eason to so inform Mr. Hollinshead and to ascertain from 
him definitely just what he has in mind. 


The Secretary reported that he has arranged with the Shell 0il Com- 
pany for a shoving ot their film predicting "The City of Tomorrow" and that 
the company has indicated its willingness to show these pictures to the Com- 
mission on September 14, which is the date of the next regular meeting of the 
Commission in Portland. He inquired what time of the day the Commission 
would like to view these pictures. He was instructed to arrange for the 
showing at 1:50 o'clock p. m. in the Chamber of Commerce rooms in Portland, 
if possible. 


The Engineer reported that the Nehalem River Bridge, near the Ore- 
gon-American Lumber Company's sewaill in Vernonia, being Bridge No. 102-60.2, 
was recently damaged by the passage thereover of a heavy load and that he has 
ordered the posting of this bridge for an 8-ton load limit, pending the plac- 
ing of falsework under the structure so that it will be safe for legal loads. 
He asked the Commission to confirm the posting of thie structure and the re- 
moval of the reduced load limit when the reinforcements have been completed. 
The Commission approved the request by unanimous vote. 


The Engineer reported that he has been invited by the Board of Di- 
rectors of "The Asphalt Institute" to prepare and personally deliver a paper 
covering "Penetration Macadam as Developed and Used in Oregon" at the Annual 
National Asphalt Conference which is scheduled to be held in Memphis, Tennes- 
see, from December 6 to 10, 1937. He inquired whether or not he should ac- 
cept this invitation. After discussion the Commission authorized the Engi- 
neer to attend this meeting at state expense in the evant that it will not 
interfere with his other duties and that the trip is approved by Governor Mar- 
tin. 


The Secretary presented a letter from Dr. E. 3. McDaniel, President, 
Oregon State Motor Association, in regard to the $1,000,000 Gregon highway 
bonds that the Commission proposes to sell on September 14. The Commission 
instructed the Secretary to ask Dr. McDaniel to be present at a special meet- 
ing of the Commission on the evening of Wednesday, September 13, for e dis- 
cussion of this matter. 


A letter was presented from Mrs. J. S. Evans, Marshfield, inquiring 
as to what action the Commission has taken on the request of residents of Bar- 
view and Charleston districts, Coos County, for repairs and oiling on the Cape 
Arago Secondary State Highway . The Secretary was instructed to inform Mrs. 
Evans that the Commission is not in a position at the present time to render 
a decision but of necessity will have to wait until it has a better idea what 
funds will be available for construction purposes next year. Further, that 
the Commission contemplates holding a special meeting some time during the 
month of November for consideration of the 1958 budget and will give this 
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road between Mile Posts 55.6 and 38.6; the contract to provide 
for 1,000 cubic yards materials per mile for resurfacing and 
500 cubic yards of maintenance material per mile in stock 
piles; 


it ay: The Commission approved the resurfac- 
ing of a 4-mile section of this raad betiween Stations Nos. 560 
and 770, across what is know as Salisbury Flat. The contract |ipfied 
is to provide for 1,000 cubic yards of materials per mile for i ; 
resurfacing end 500 cubic yards of maintenance materials per gaa 
mile in stock piles. ay 


The Engineer was instructed to prepare plans for a federal aid > + 
secondary highway project on the Baker-Homestead Highway. He was authorized i 
to make a location survey for such federal aid secondary highway project be- 4 
tween Baker and a point known as Upper Keating Junction and to make a recon- te 
naissance survey of such highway between Upper Keating Junction and Powder 
River. The Commission indicated that it would approve an oiling project on 
the Flagstaff Hill Section of this road in the event that the survey indi- 
cates that the alignment of the present highwey will not be changed. 


Consideration was given by the Commission to the matter of extend- 
ing the Robinette-Homestead Secondary State Highway from its present terminus 
at Robinette northwesterly a distance of about 4 miles to a connection with 
the Baker-Homestead Highway. The Commission decided to so designate such 
road if the Baker County Court will make formal request for such designation. 
The Commission also considered the matter of removing from the Secondary 
State Highway System the northerly end of the Robinette-Homesteac Secondary 5 
Highway between the mouth of Pine Creek and Homestead where this highway co- 
incides with a section of the Baker-—Homestead Primary State Highway, which 
was designated by the legislature. The Commission decided unanimously to 
make such change if it meets with the approval of the Baker County Court, so 
that the expense for maintenance and betterment along this section may be 
properly charged. The Commission ordered a resolution prepared covering the 
matter, for adoption by the Commission at its next meeting. 


The Commission had under consideration the following requests for Ep: 
extensions of time in which to complete highway construction projects: : 


M. L. O'Neil & Son, contract No. 1926, for grading, and construc- 
tion of two trestle bridges on the Burns—Buehanan Section of the Cen- 
tral Oregon Highway, in Harney County, requested an extension of time 
of 30 days, from July 31 to August 30, 1957, within which to complete 


this project. They gave bad weather condi*ions as their reason for 

failure to complete the project within the specified time limit. The ax 
Engineer advised that unfavorable weather prevented the contractor i * 
from working borrow pits through the Harney Valley, carlier in the BS 
spring, so the failure to complete the project within the time limit “s 


specified in the contract could not be avoided. He further advised Fi 
that the engineering costs for supervision have not been increased 
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purposes and would fit in with the state's plans for park development; and, 
in the event that the Parks Superintendent's report is adverse, to inform Mr. 
Rupp that the State Highway Commission is not interested at the present time 
in this proposition. 


The Commission discussed a complaint from Mr. E. B. ‘“scNaughton, 
Portland, that Marion County road forces are removing materials from a quarry 
located near Champoeg State Park, at variance with the method previously 
agreed upon, and, if they are permitted to continue, the landscape will be 
left in an unsightly condition that will be an *yesore to people who have 
private residences along the Willamette River at this point. The Commission 
referred this matter to the Ingineer for investigation and report. 


The Commission had under discussion the propositim initiated by 
Mr. John B. Yeon, Jr., of Portland, for construction by the National Parks 
Service of a parkway up the Columbia River. It appears, according to the 
plan, that an attempt is to be made to secure federal funds for the construc- 
tion of such parkway, the work to be undertaken under the supervision of the 
Bureau of Public Roads, and that the state's cooperation would consist of ac- 
quiring right of way only. It also appears that Mr. Yeon's committee is de- 
sirous of securing the approval of the State Highway Commission to such plan. 
The Commission deferred a decision in this matter pending consultation with 
federal authorities in Washington, D. C., when the Commission attends the an- 
nual meeting of the American Association of State Highway Officials in Bos- 
ton; however, the Commission indicated that in any event it must have con- 
trol of the design of this parkway and must have full jurisdiction over the 
same after it has been constructed, in view of the fact that it will be a ma- 
jor highway route. 


The Commission discussed the matter of securing the approval of the 
Bureau of Public Roads and the United States Forest Service to the extension 
of the Flora-Enterprise Highway from its present terminus to the Washington 
State line, in order to facilitate the construction of this section with For- 
est Highway funds. The Mngineer was instructed to arrange a conference with 
Mr. C. J. Buck, Regional Forester, and Mr. W. H. Lynch, District Engineer, 
Bureau of Public Roads, on September 14, the date of the next regular Commis- 
sion meeting, for a discussion of this matter. 


The Commission took the following action on proposed improvements 
to state highways in Baker County, as a result of inspection of such highways 
earlier in the day: 


Baker~Homestead Highway - The Commission approved a rock-crush- 
ing project : for this road between Love Bridge and Black Bridge, a 
distance of about 15 miles. The contract is to provide for the stock- 
piling of 500 cu. yds. of crushed rock per mile for use in connection 
with oiling operations which are proposed for this section next year; 


Baker-Medical Springs Secondary Highway - The Commission ap- 
proved the furnishing of crushed rock for a 3~mile section of this 
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the Coos Say-Roseburg Highway, in Coos and Douglas Counties, re- 
quested an extension of time of one month, from July 31 to August 
31, 1937, within which to complete this job. He attributed his 
feilure to complete the job within the specified time limit to wm- 
avoidable delays encountered with the handling of rock. The Engi- 
neer advised that, in his opinion, the real reason for the failure 
of the contractor to complete the project within the specified time 
limit was trouble that the contractor encountered at his plant, 
rather than with the rock. He recommended, hqwever, that the ex- 
tension requested be granted without penalty, in view of the fact 
that the traveling public has not been inconvenienced by the delay 
and the state has incurred very little extra expense for engineer- 
ing supervision. The Commission approved the recommendation by 
unanimous vote. 


The Engineer reported that contracus Nos. 1872, 1884, 1920, 1926, 
1931, 1938, 1946 and 1980, for the constryction of state highway projects, 
have been completed according to the requirements of the contracts or modi-~ 
fications thereof, and that said jobs are now ready for acceptance. 


The following resolution accepting the above contracts was offered 
and was adopted by the unanimous vote of the Commission: 


WHEREAS, the Engineer has reported that the following 
State Highway Conmission contracts for the construction of state 
highway projects have been completed according to the terms end pro- 
visions of the contracts and that said jobs are now ready for ac- 
ceptance: 


Contract No. 1872, with J. C. Compton, for pavement 
planing and resurfacing, and furnishing crushed material 
in stock piles on the Azalea-Wolf Creek Summit Section 
of the Pacific Highway, in Douglas and Josephine Coun- 
ties. Completed August 8, 1857. 


Contract No. 1884, with J. W. and J. R. Hillstronm, 
for resurfacing end furnishing crushed rock in stock 
piles, on the McKenzie Pass-Little Butte Section of the 
McKenzie Highway, in Deschutes County. Completed July 
24, 1937. 


Contract No. 1920, with McNutt Bros., for grading 
and surfacing the Ochoco Dem-Mill Creek Section of the 
Ochoco Highway, in Crook County. Completed July 22, 1957. 


Contract No. 1926, with M. L. O'Neil & Son, for grad- 
ing, and constructing two trestle bridges on the Burns- 
Buchanan Section of the Central Oregon Highway, in Harney 
County. Completed August 19, 1937. 
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and the traveling public has not been inconvenienced by the delay; 
neither has the surfacing contractor been held up in his work. He 
recommended that the extension requested be granted without penal- 
ty and submitted a letter from the Bureau of Public Roads concur- 

ring therein. The Commission approved the recommendation by unan- 
imous vote. 


McNutt Bros., contract No. 1938, for grading and surfacing the 
Pumping Plant Hill Section of the Old Oregon Trail, in Malheur Coun- 
“uy, requested an extension of time from May 31 to June 14, 1957, 
within which to complete this project. They gave no reason for 
failure to complete the project within the time limit specified in 
the contract. The Engineer advised that the contractors were some- 
whet late in starting operations on this project, as they were held 
up by bad weather conditions which delayed completion of their con- 
tract for the construction of the Gales—Tunnel Section of the same 
highway. He also said that the work on the Pumping Plant Hill Sec- 
tion had to be coordinated with operations of the United States 
Reclamation Service, which work was going on at the same time and 
affected the placing of concrete pipes under the highway. He 
pointed out that the overrun of time limit on this contract was on- 
ly 14 days and advised that the engineering costs on the job have 
not been increased by the delay, neither has the traveling public 
been inconvenienced. He recommended, in view of the circumstances, 
that the extension of time requested be granted without penalty, 
and submitted a letter from the Bureau of Public Roads concurring 
therein. The Commission approved the recommendation by unanimous 
vote. 


Fisher Bros., contract No. 1954, for grading and topping Unit 
No. 3, Chichester Gulch-Summit Section of the Shaniko-Fossil Sec- 
ondary Highway, in Wheeler County, requested an extension of time 
of three months, from May 30 to August 31, 1957, within which to 
complete this project. They attributed their failure to complete 
the job within the time limit specified in the contract to inclem- 
ent weather experienced in the spring. The Engineer advised that 
this project is located in mountainous country. and the contractor 
was wable, as he states, to begin yrading operations until a much 
later date than would be expected normally, due to bad weather con- 
ditions. He further advised that traffic has not been unduly in- 
convenienced by the delay in completion and there has been no in- 
crease in the cost of engineering supervision as there was no expen- 
diture for such purpose prior to the actual commencement of oper- 
ations. He said, further, that the contractor prosecuted the work 
with all possible speed as soon as weather conditions were favoreble. 
He recommended, in view of the circumstances, that the extension 
requested be granted without penalty. The Commission approved the 
recommendation by unanimous vote. . 


Homer G. Johnson, contract No. 1964, for furnishing crushed 
rock in stock piles for the Myrtle Point-Mystic Creek Section of 
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ir. Johnson said that their most important project is the oiling 
of the wnediled section of the Klumcth Falls-Lekevier. Highwey. His cr 5uments 
for such improvement werc endorsed by lur. Burt Snyder, President of the Shas- 
ta Wonderland Association, iir. Forrest Cooper, Secretary of the Liekeview 
Chamber of Commerce, and iir. ii. 0. Harriman, Forest Suyervisor of the Fre- 
mont Netional Forest and Chairman of the Chrwber of Commerce Forestry Com- 
mittee. They asked for o dust palliative treatment similar to that which 
wos applied to the Lakeview-Burns Highway lest year in order to allay the 
dust nuisance, if the Commission cannot construct a more suitable oiled sur- 
face. 


The Engineer explained that this road is not in suitable condition 
to receive an oil treatment at this time end the Commission does not have 
funds to spare to finance a proper improvement without sacrificing federal 
aid moneys. 


Chairmen Cabell advised that the Commission rezlizes the impor- 
tance of this roed and the need for improving it but is precluded from doing 
very much because of shortage of funds and the fact thet the improvement 
would be very costly. He explained that the Klamath Falls-Lakevie.. Highway 
is not e Federal Aid Hi.,hwey, hence is not eligible for federal cid moneys; 
and, if the Commission took state money to finence the improvement, it would 
lose an equal amount of federal cid nsoney, which the Commission does not 
feel justified in doing beceuse there ere so many federal aid roads in the 
state on which the federal aid moneys could be spent to excellent edvantage. 
He pointed out thet there is « possibility of applying Federal Aid Second- 
ary Highway moneys on this road if the Bureau of Public Roads will approve 
the same but there is a question whether or not such approval can be se- 
cured in view of the fact that the Klamath Falls-Lakeview Hizhway is of pri- 
mary importance. He also pointed out the vossibilities of upplying federai 
public lands moneys for the improvement of the section within the Warm 
Springs Indian Keservation, and advised that the Commission is now consider- 
ing such arrangement, which it hopes to be able to work out to e satisfac- 
tory conclusion. 


There followed 2 general discussion of highwcy matters pertaining 
to Lake County. 


The meeting was adjourned at 10:00 o'clock p. m. 
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Contract No. 1931, with Colonial Construction Company, for 
grading the Shelton Ranch-Flora Junction Section of the Lewiston- 
Enterprise Highway, in Wallowa County. Completed July 31, 1937. 


Contract No. 1958, with McNutt Bros., for grading and sur- 
facing the Pumping Plant Hill Section of the Old Oregon Trail, 
in Malheur County. Completed June 14, 1937. 


Contract No. 1946, with E. H. Itschner & E. L. Rigdon, for 
grading, surfacing, and oiling the Chalk Cliff-Peisley Section 
of the Fremont Highway, in Lake County. Completed August 19, 
1937. 


Contract No. 1980, with J. C. Compton, for oiling three 
sections of secondary highweys in Linn and Yamhill Counties. 
Completed July 27, 1937. 


THEREFORE, BE IT RESOLVED that the work covered by said 
state highway contracts for the construction of said state highway 
projects be declared completed according to the terms of the re- 
spective contracts, and said jobs are hereby accepted and final 
payment in connection with each is hereby authorized. 


There being no further business to come before the Commission at 
this time, the meeting was adjourned at 10:00 o'clock p. nm. 
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Lakeview, Oregon, August 31, 1937. 


The State Highway Commission conferred informally with representa- 
tives of the Lakeview Chamti:r of Commerce at 9:00 o'clock 3. m. in the Hot 
Springs Hotel, all Commissioners being uresent and participating. Also 
present were the State Highway Engineer and the Secretary. 


Mr. Victor Johnson, County Agent, headed the local group and intro- 
duced the speakers. He called on County Judge John R. Heckman, who asked 
the Commission to designate as a secondary state highway the county road 
which extends along the west) side of Goose Lake from the California state 
line to a connection with the Klamath Falls-Lakeview Highway, thence north- 
erly and easterly to a connection with the Fremont Highway at its junction 
with the Lakeview-Adel Secondary Highway, a distance of about 25 miles. He 
Said that this road passes through a very productive district which is now 
without good road facilities, and urged favorable consideration by the Com- 
mission as soon as possible. 


Road extending from the town of Chiloguin via Sprague River to a connection 
with the Klamath Falls-Lakeview Highway near Beatty, a distance of about 55 
miles; (5)the Lake-of-The-\joods county road extending from ite junction with 
the state secondary highway on the west side of Upper Kiamath Lake westerly 
via Lake-of-The-Woods to the Klamath-Jackson County line, a distance of 14 
miles. 


The Commission took no action on these matters but advised the del- 
egatdon that the projects would be given careful consideration in the adop- 
tion of future state and federal secondary highway programs. 


Mr. Lendry particularly urged the Commission to designate the Lake- 
of-The Woods Road as a secondary state highway. He stated that he has been 
in consultation with officieis of the United States Forest Service with a 
view in mind of securing the construction of this road as a forest develop- 
ment road, but he was informed that the State Highway Commission would have 
to designate it as a Secondary state highway before the Forest Service could 
build it as a forest development project. It appeared to the Commission that 
Mr. Landry mast have misunderstood the information given him by the Forest 
Service officials because it does not agree with the Commission's understand- 
ing or with past practice with respect to forest development projects. The 
Commission agreed to discuss the matter with Mr. C. J. Buck, Kegional Fores}- 
er, at the first opportunity. ‘ 


The meeting was adjourned at 2:00 o'clock p. m., following which 
the Commission drove to Medford over the Klamath Lake Secondary ilighway in 
Klamath County and the Little Butte Secondary Highway in Jeckson County, and 
inspected the Lake-of-The-Woods road enroute. 
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Medford, Oregon, September 1, 1957. 


The State Highway Commission met in special session at 8:50 o'clock 
p. m. in the Medford Hotel. Present were: 


Henry F. Cabell, Chairman 

E. B. Aldrich, Commissioner 

F. L. Tou Velie, Commissioner 

Rk. H. Baldock, State Mighway En.ineer 
H. B. Gleisyer, Secretary 
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Klamath Falls, Oregon, September 1, 1957. 


The State Highway Commission conferred with representatives of the 
Klamath County Chamber of Commerce in the Chamber of Commerce rooms at 1:00 
o'clock p. m., all Commissioners being presont and participating. Also pres- 
ent were the State Highway Engineer and the Secretary. 


Representing the Chamber of Commerce were Mayor Clifton Richmond; 
Earl Reynolds, Secretary; Mr. T. b. Watters, Mr. Paul Landry; County Commis- 
sioners Roy Taber and Wm. F. B. Chase; and Mr. Frank Z. Howard, County Engi- 
neer. Mr. Watters headed the group. They requested particularly the oiling 
of the unoiled section of the Klamath Falls-Lakeview Highway. 


Chairman Cabell outlined the plans of the Commission in regard to 
this road, which plans inciude the financing of a portion of the part within 
the Indian Reservation with federa!. public lands moneys if approval for the 
same can be secured from the Bureau of Public Roads. The delegation ap- 
peared to be satisfied with the explanation. 


Mr. Howard brought up for discussion the matter of designating cer- 
tain county roads as federal aid secondary highways. He presented a map on 
which were shown in colors the county roads eligible for tederal secondary 
funds, state secondary highways eligible for federal secondary funds, pro- 
posed new secondary highways, and county roads eligible for forest funds. : He 
advised that the County Court realizes that all of the county roads that are 
eligible for federal secondary funds cannot be included in the federal aid 
secondary highway system, but its first choice is thecounty road which ex- 
tends from the California state line about three miles southwest of Malin, 
northerly through the town of Bonanza to a connection with the Klamath Falis- 
Lekeview Highway, in T. 38 S., R. 12 E., W. M., which is about 24 miles long; 
and its second choice is Market Road No. 12, which extends from The Valles- 
California Highway about two miles east of Merrill, southerly by what is 
known as Stone Bridge to the California state line, a distance of about two 
miles. The County Court's first choice for state secondary highway construc- 
tion, he said, is the secondary highway which.extends wosterly from The 
Delles-California Highway at a soint kmown as Mack's Store to a connection 
with the Klamatn Falls-iieed Highway. 


In this connection lr. Howard filed with tne Commission a copy of 
a resolution adopted by the Klamath County Court relating to the designation 
of certain county roads as being eligible for federal funds under the federal 
aid secondary highwey program. Ir. Reynolds said that the program outlined 
in this resolution has the undivided approval of the Klamath County Chamber 
of Commerce. 


Mr. Howard also filed with the Commission a map showing the exist- 
ing and proposed state secondury highiweys of Klamath County, and a resolu- 
tion adopted by the County Court reyuesting the designation of the following 
Klamath County roads as state secondary highways; (1) Market Road No. 19 ex- 
tending from Keno, on the Green Springs Highway, to Worden,on the Klamath 
Falls-lieed Highway, a distance of about seven miles; (2) Sprague River 6ounty 
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the cireumstances, a jury will find him guilty. He save as his belief that 
a property owner’s right of access to a highway at convenient places does not 
mean that he can destroy state property or require the destruction of stute 
property in order to permit hin to conauct his private business; end, if the 
court holds that a contrary principle of lew prevails, then the Highvey Com- 
mission should know it. (See Mr. Devers' letter directed to the Oregon State 
Highway Commission, dated August 50, 1937). after discussion, the Commission 
prec s that suit be instituted against Mr. McCutcheon, as recommended by the 
Attorney. 


The Engineer requested authority to advertise for bids to be re- 
ceived in September for the furnishing of 10,000 cudic yards of maintenance 
materials for the West Diemond Lake Secondary Highway and the Crater Lake- 
North Secondary Highway, et an estimated total cost of $22,000. He advised 
that this material will be needed next year in connection with tae construc- 
tion of an 0-30 oil surface on this road. The Commission approved the re- “ 
quest by unanimous vote. 


The Engineer also requested authority to advertise for bids to be 
received in October for the furnishing of maintenance materials for the fol- 
lowing projects in Division 5: 


E 
- 


Section Hi, hway 


Shuttler Flat-Condon John Dey 

Union County Line-LaGrande Old Oregon Trail 

Arlington-Gastle Rock and Columbia River <nd 
Heppner Junction-Rhea Oregon-liashin;ton 

Wallowe-Enterprise Wallowa Lake 

Forest Boundary-Long Creek Pendleton-John Day 

Weiser Junction-Ontario Old Oregon Treil 

Baker-—Durkee Old Oregon Traii 


38 
88 


S8388s 


8 


TOTAL 
The Commission approved the request by unanimous vote. 


The Commission considered and signed agreements, et cetera, as fol~ 
Lows: 


Agreement with coutractors Kern & Kibbe, disposing of their 
claim for extra compensation arising out of their contract, No. 
1812, with the State Highway Commission for the construction of 
a reinforced conerete undererossing structure to carry traffic 
under the Southern Pacific Company's tracks at the north city 
limits of Salem. 


Quitelain deed conveying unto Lydie Meier 1.62 acres of lend 
situate adjecent to the Wolf Creek Highway between Barnes Road 
and the Multnomah County line, in Washington County. This prop- 
erty is being deeded to Mrs. Meier in order to clarify a right of 
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The Engineer brought up for discussion matters pertaining to the 
Commission's application for P.}\.A. funds for financing eighteen building, 
bridge and road projects, which application has been on file in the office 
of Mr. C. C. Hockley, State Director, Public Works Administration, for more 
than a year. The Engineer advised that a number of these projects are ur- 
gently needed and attention must be given to them in the very near future, 
because, if it develops that P.li.A. funds cannot be secured, other arrange- 
ments will have to be made to finance them. After discussion, the Commission 
instructed the En ineer to inform Mr. Hockley of the need for early action in 
connection with its application and to furnish him with a list of the proj- 
ects arranged in order of priority, with a request that such schedule be giv- 
en consideration in making allocations in the granting of P.W.A. funds. The 
Commission approved the following arrangement of such projects as to priority 
for submission to Mr. Hockley: 


1. Coos River Secondary Highway Docket Oregon 1172 
2. Nehalem Secondary Hishway Docket Oregon 1193 
3. Weston-Eigin Secondary Highway Docket Oregon 1195 
4. Portland Division Office Docket Oregon 1176 
5. Klamath Falls Building Docket Oregon 1177 
6. Nehalem Secondary Highway Docket Oregon 1199 
7. Klamath Felic-Lakeview Highway Docket Oregon 1192 
8. Hermiston Secondary Highway Docket Oregon 1190 


9. Salem-Dayton Secondary Highway Docket Oregon 1185 
10. Jordan Valley Secondary Highway Docket Oregon 1196 
11. Sunnyside-Umapine Secondary Hwy. Docket Oregon 1198 
12. Territorial Secondary Hizhway Docket Oregon 1188 
13. Williams Secondary Highway Docket Oregon 1189 
14. Lexington-Echo Secondary Hizhway Docket Oregon 1197 
15. Tigard-Aurora Secondary Highway Docket Oregon 1200 
16. Albany-Lyons Secondary Highway Docket Oregon 1184 
17. Waseo-Heppner Secondary Highway Docket Oregon 1194 
18. Little Butte Secondery Highway Docket Oregon 1186 


The Engineer reported the need to instell traffic-actuated signals 
and overhead flashing signal at the intersection of the Pacific Highway West 
and the McMinnville-Tillamook Hi hwey just south of the city of McMinnville, 
where a hazardous condition exists on account of traffic congestion. After 
considerable discussion, the Commission, by unanimous vote,epproved the in- 
atellation of the signals. 


The Commission had under consideration a report from the Attorney 
on the complaint against « man by the nameof McCutcheon, who destroyed a 
number of trees growin, on the right of wey of the Pacific Highway, at Wood- 
burn, without first obtaining permission from the State Hichway Department 
to do so. The Attorney advised thet he has secured reports from the Land- 
scape Engineer end the District Maintenence Superintendent in charge of this 
section of the highway, in an endeavor to secure the facts, conditions and 
results of the tree-cutting, and is now of the opinion, after studying these 
reports, that Mr. McCutcheon has violated the statute and that a complaint 
should be filed against him so as to find out whether or not, under all of 
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showing in colors the present route end the proposed change, which is de- 
seribed as follows: Beginning at a puint in the center of Commercial Street, 
the present route of the Columbia River Highway, near its intersection with 
Sixteenth Street; thence in a northwesterly direction approximately parallel- 
ing the 8.P.& S. Railway to a point in the center of Bond Avenue, just north 
of its intersection with Fourteenth Street; thence following along Bond Ave- 
nue to a point somewhere between Eleventh Street end Eighth Street; thence 
northwesterly to a point in the center of Astor Avenue somewhere between 
Eighth Street and Sixth Street; thence westerly along Astor Avenue to the 
western terminus thereof and continuing in a westerly and then in e south- 
westerly direction to a connection with the present Oregon Coast Highway on 
Taylor Avenue, near its intersection with Bond Avenue. He called attention 
to the difficulties confronting the Commission in the selection of the route 
for the connection between Bond Avenue and Astor Avenue, where numerous 
buildings exist, and advised that the Commission is now considering three 
alternate routes for such connection, one of which crosses blocks 55 and 9; 
another crosses blocks 55, 9, and 10; and the third crosses blocks 9, 10, 

and 11, with a view to selecting the route that will be to the best interests 
of the general public. 


Chairman Cabell then invited those present to express themselves 
either for or egainst the improvement. He advised that the proposed new lo- 
cation has been quite definitely decided, with the exception tnat there is 
still a question as to which one of the diagonals between Bond end Astor Ave- 
nues should be adopted. This feature, he said, will be given very careful 
study and consideration before selection is made, because of the Commission's 
desire to secure the cheapest and best line for such connection. 


Mr. Franetivich offered objections to the change because it will 
affect his resteurant business, known es Liberty Grill, which is located on 
the present route on Commercial Street. He gave as his thought that the 
State Highway Commission should not change the route of an existing highway 
when it will affect business edversely, as this change will do. 


County Commissioner Larson voiced his approval of the change. He 
suggested the adoption of the most westerly of the alternates for the diag- 
onal between Bond and Astor Avenues. 


Mr. Elfving also expressed his approval of the change, stating 
that in his estimation it will be a very fine improvement. 


Chairman Cabell, in reply to the objections of Mr. Franetivich, 
stated that, in changing or altering any existing highway route, the State 
Highwey Commission always hes to face the problem of damage to business. 

The Commission does not like to urt business interests, he said, unless it 
is forced to do so in the intcrests of the generel public which would be 
greatly benefitted by the change. He gave as his belief that the damaging 
effect in changing a highway route is over-estimated, because it is nis ob- 
servation that, when a highway hes been rerouted, business interests are 
more than pleased with the change, because customers are given a much better 
chane2 to carry on their shopping by reason of the elimination of traffic 
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way situation. Mrs. Meier is to reconvey it to the state with ad- 
ditional land that is needed for embankment slope protection. The 
Commission ordered that its quitclaim deed be not delivered to Mrs. 
Meier until a new deed has been secured. 


There being no further business to come before the Commission at 
this time, the meeting wes adjourned at 10:30 o'clock p. m. 
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Astoria, Oregon, September 13, 1937. 


The State Highway Commission met at 2:00 o'ctock p. m. in the City 
Council Chambers in the City Hall, in accordance with notice previously giv- 
en to the City Council through its City Manager on August 6, 1337, to con- 
duct a public hearing as required by law relative to the rerouting of the 
Columbia River Highway and the Oregon Coast Highway within the city of As- 
toria. Present were: 


Henry F. Cabell, Chairman 

E. B. Aldrich, Commissioner 

F. L. Tou Velle, Commissioner 
H. B. Glaisyer, Secretary 

F. D. Eason, Division Ingineer 


Also present were 24 local citizens, including the Honorable J. C. TenBrook, 
Mayor; Councilmen Lloyd VanDusen, Anton Sorensen and William Mannile; James 
Q.Convill, City Manager; Guy Boyington, County Judge; Willian Larson, County 
Commissioner; Louis Franetivich, restaurant owner; and F. S. Elfving, owner 

of the Astoria ferry. 


Chairman Cabell opened the meeting end explained its purpose and 
the law which requires the Commission to nold a public hearing in a city or 
town before it alters or changes the route of a state hizhwey into or through 
such city or town. He called upon Division Imgineer Eason to explain the 
phans of the Commission in regard to the contemplated change of the highway 
in Astoria. : 


Mr. Eason explained that the Highwey Commission contemplates the 
rerouting of the highwey so as to avoid the hill on the present route on Bond 
Avenue and to eliminate the right-angle turns at Eighth Street and Commercial 
Avenue and at Eighth Street and 5ond Avenue. He exhibited a blueprint map 
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Mr. John Logan, representing the Consolidated Highway Company, 
Inc., and Messrs. A. W. Murray and John C. McCollister, representing the 
United States Fidelity & Guaranty Company, which wrote the bonds furnished 
by the Consolidated Highway Company, Inc., in connection with its state high- 
way Contracts, were present. The State Highway Engineer asked Mr. Logan whst 
plans he has for the completion of the Rock Creek-Wallowa oiling project on 
the Wallowa Lake Highway, in Wallowa County, State Highway Contract No. 1929, 
the contract for which was awarded to the company on October 29, 1986, and 
should have been completed not later than August 31, 1937. The Rngineer 
pointed out that the season is getting very late for oiling work and the 
State Highway Department will not permit oiling operations after September 
15, which has been set as a dead line therefor; and, unless the company can 
give assurance that the job will be definitely completed before then, the 
Commission will order discontinuance of operations until next spring. Mr. 
Logan advised that the oil for this project has already been ordered and that 
he can complete the job within ten days if weather conditions are favorable. 
He attributed his delay to failure of the Washington Asphalt Company to en- 
ter into a subcontract to do the oiling work, so he had to make arrangements 
to do the work himself and has rented oiling equipment from Contractor F. J. 
Kernan. After further discussion the Engineer recommended that Mr. Logan be 
allowed to proceed with the oiling work notwithstanding the fact that it can- 
not be completed before September 15, inasmuch as he has already placed the 
order for the oil; provided, however, that such work’ shall be postponed un- 
til next spring if it cannot be done in strict conformity with the specifica- 
tions ccncernin, weather conditions and temperature, the placing of oil be- 
ing strictly prohibited when weather conditions and temperature are unsuit- 
able for such work. The Commission approved the recommendation by unanimous 
vote. 


Mr. McCollister brought up for discussion the question whether or 
not the Commission intends to let the Consolidated Highway Company., Inc., 
submit bids on futwre Oregon highway work, the Commission having previously 
disqualified this company from bidding until the jobs that it now has under 
way are completed. Mr. icCollister stated that the United States Fidelity 
& Guaranty Company is satisfied with the way that the Consolidated ‘lighway 
Company is financing its prajects and is perfectly willing to write the bonds. 
In fact, it believes that Mr. Logan, of the Consolidated Highway Company, Inc., 
is entitled to a lot of credit for the way in which he hes brought his com 
pany out of disrepute. He also said that Mr. Logan is very anxious to submit 
bids for certain projects on which the Commission will receive bids on the 
following day, and he urged the Commission to accept Mr. Logan's bids for 
such work. 


Chairman Cabell stated that the Highway Commission has had extreme- 
ly unsatisfactory relations with the Consolidated Highway Company, Inc., dur- 
ing the past two years, and is now in a position to judge future relations by 
the past, hence the Commission does not care to enter into any new contracts 
with the company, at least not wntil the ones now under way are completed. Mr. 
Logan inquired whether or not the Commission would permit him to bid on the 
rock production projects for which bids are being called on the following 
day, one of which projects is located on the Pendleton-John Day Highway, in 
Grant County, end the other on the Siletz Secondary Highway, in Lincoln County. 
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congestion in the shopping district. He repeated his invitation to the local 
citizens to express themselves in re,ard to this proposed improvement. None 


wishing to be heard, he concluded the hearing at 2:40 o'clock p. m. with a 
stetement that the Commission will consider the objections offered at this 
hearing in its future deliberations with respect to this proposed change, 


and, when a decision has been reached, appropriate notice thereof will be 


forwarded to the city officials. 


Secretary = o Comnisgioner 


Division Engineer Commissioner 


Portland, Oregon, September 13, 1957. 


The State Highway Commission met in regular session at 8:00 o'clock 
p- m. in Room 204, Benson Hotel. Present were: 


Henry F. Cabell, Chairman 

E. B. Aldrich, Commissioner 

F. L. Tou Velle, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


Tne Commission conferred with Dr. E. B. McDaniel, President, and 
Mr, Ray Conway, Manager, Oregon State Motor Association, in regard to the 
proposed sale on the following day of $1,000,000 Oregon State Highway bonds. 
Chairman Cabell explained the need for securing a loan at this time, and the 
necessity to sell bonds in order to obtain the same legally. Mr. McDaniel 
and Mr. Conway both expressed their approval of the explanation and the sale 
but requested that the word "bond" be not used in connection therewith if 
possible to avoid it, in view of the fact that the State Highway Commission 
at one time agreed with the Oregon State Motor Association that it would in- 
cur no more bonded indebtedness as long as existing bond obligations cause 
such a drain on highway funds. in their estimation the sale of bonds at 
this time is not in conformity with such agreement and understanding. They 
suggested calling the issue a "six-month seasonal Ioan" in order to keep the 
word "bond" silent, at least in so far as newspaper publicity is concerned; 
otherwise, they said, it would ecteblish a precedent in the sale of bonds 
which should be avoided for the benefit of future highway commissions. The 
Commission concurred in the viewpoint and so ordered. 
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Original 


Revised 


Highway Project Allocation Allocation 


Pacific 
Pacific 
Pacific 


Pacific 
Pacific 
Pacific 


Pacific 
Oregon Coast 


Central Oregon 
Fremont 


Ochoco 
Sherman 
The DallesCal, 


---- 


John Day 
John Day 


John Day 


Old Ore. Trail 
Old Ore. Trail 
Central Oregon 


DIVISION NO. 5 


Siuslaw Junction-Awbrey, 4.57 Mi.Grad. $ 90,000 
Ross Station-Arvard, 2.0 Mi. Paving 60,000 
Turkey Hill-Chenoweth Park, 1.15 Mi. 

Grading & Paving 65,000 
Sardine Creek Bridge 15,000 
Phoenix-Bear Creek, Grading & Paving 145,000 
South Unit, Siskiyou Summit-California 

Line(Bear Canyon-Cal.Line)1.4 Mi. 

Grading 135,000 
*Hill Creek Bridge 20,900 
*Marshfield-South, Grading & Paving 101, 800 
*Planning 9,720 
*Roadside Improvement 6,480 

Total, Division No. 3 $648,000 


DIVIS NO. 4 
Horse Ridge-Brothers, Surface & Oil $100, 000 
Summer Lake-Chalk Cliff, 14.5 Mi. 
Surface & Oil : 123,000 


Mill Creek-Marks Creek, Grad. & Surf. 100,000 
Shaniko, Resurfacing & Oiling 55,000 
#Modoc Point-North, Unit No. 2, Grading 150,950 
*Planning 7,830 
*Roadside Improvement 5,220 


Total, Division No. 4 $522,000 


DIVISION NO. 5 


John Day-Oliver Ranch, Grad. & Surf. $100,000 
North Fork of John Day River, Bridge & 

Approaches 65,000 
Kinzua Junction-Butte Creek Ranch, 

Grad., Surf. & Oil Rock 35,000 
Stanfield-Pendleton, Surfacing & Oiling 200,000 
North Powder-Haines, Grad.,Surf.& Oil 171,940 
Burns-Buchanan, 22 Mi. Surf. & Oil 150,000 

*Planning 8,680 
+*Roadside Improvement 7,580 


Total, Division No. 5 $738,000 


%* Projects marked thus are not included in program pre- 
viously approved by the U. 8. Bureau of Public Roads. 

c Projects marked thus are under contract or advertised 
for bids. 


$ 72,444c 
60,000 


56, 444c 
15,000 
176,018 


135,000 
20,000 
101, 800 
9,720 
6,480 


$652 , 906 


$102, 211¢ 


$520,870 


$ 92,000 
65,000 


50,000 
197 , 844e 
163,000 
139, 488¢ 

8,680 
7,380 


$723,592 
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It was his thought that he is the logical contractor to secure such con- 
tracts, in view of the fact that he has construction equipment available in 
these localities. Chairman Cabell replied that the Commission will not per- 
mit Mr. Logan or the Consolidated Highway Company, Inc., to bid on any of 
the jobs for which bids are to be opened tomorrow; that such action is final 
and is based on the experience of the Commission with this company during 
the past two years. Commissioners Aldrich and Tou Velle concurred. This 
concluded the conference. 


The Engineer brought up for discussion the matter of revising the 
19538 Reguler Federal Aid program, in order to provide funds with which to 
finance the Albany Railroad Grade Separation Project. He submitted the fol- 
lowing revised program for such funds, which the Commission considered very 
carefully and approved by unanimous vote: 


PROPOSED REVISION OF 1958 REGULAR FEDERAL AID PROGRAM 


Original Revised 


Highw. Project Allocation ocati 
DIVISIONS NO. 1 &2 

Pacific Oregon City (llth to 5th & Main 

Sts.), Paving & Bridge $ 160,000 § 160,000 
Columbia River Scappoose-Columbia County Line, 

Grading & Paving 100,000 100,000 
West Side Pac. Middleton-Votaw, Grading & Paving 80,000 58, 868 
West Side Pac. Lafayette, Paving 50,000 26,138¢ 
West Side. Pac. South Yamhill River Section, Grading, 

Paving & Bridge ---- 166,629¢ 
Oregon Coast Astoria Line Change and Pavement, 

Grad. & Pave (2 Units) 50,000 50,000 
Oregon Coast Short Sand Beach Creek, Grad. & Bridge 100,000 117,810c 
Oregon Coast Arch Cape-Beach Creek, Clearing ---- 27,445¢ 
Oregon Coast Lake Lytle Bridge 10,000 10,000 
Santian Lamb Creek-Glissade Creek, Grading 115,000 105,540c 
MeMinn.-Till. Bellevue-Pringle Corner, Grad. & Pav. 150,000 116,520c 
Wolf Creek Wolf Creek Bridges (3 small bridges) 50,000 50,000 
Wolf Creek Quartz Creek Bridge 170,000 175,157 
Wolf Creek South Fork of Quartz Creek, Bridge ---- 10, 000c 
Pacific, West ‘*Interstate Avenue, Paving 245,000 245,000 
Pacific *Salem-South, Grading & Paving 130,000 100,000 
Pacific *Halsey-South, Grading & Paving 100,000 Eliminate 
Columbia River *Troutdale-Dodson, Dredge & Riprap 160,000 160,000 
----- *Planning 25,000 25,000 
----- #Roadside Improvement . 17,900 17,000 


Total, Divisions No. 1&2 $1,692,000 $1,721,107 
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Chandler relative thereto. In the event that Mr. Chandler will not sell the 
additional area at a fair price, then the Parks Superintendent is to ask Mr. 
Chandler to accept a deed from the state returning to him that portion of 
the park which lies west of the old highway between Engineer's Stations 850 
and 850, which would eliminate the necessity of constructing more than one 
right of way fence. 


Addition to the state park at Depoe Bay: The Parks Superintendent 
advised that Mx. Winchell, owner of this property, which is situated on the 
ocean side of the highway at the end of the Depoe Bay Bridge, is now asking 
$5000 for this property, being $5000 more than the price that he originally 
agreed to accept. He said that this is a key tract to the present park and 
that the state should own it, but he did not believe it is worth $5000. The 
— concurred and instructed the Parks Superintendent to so inform Mr. 
W . 


State park at the south end of Coos Bay Bridge in North Bend: The 
Parks Superintendent recalled that the city of North Bend several years ago 
deeded to the state for park purposes an area at the south end of the Coos 
Bay Bridge, kmown as Simpson Park, and included in the deed, evidently by 
mistake, land lying outside of the 200-foot right of way limit and east of 
the road leading to the old ferry landing which is not particularly desir- 
able from the park standpoint. He advised that the city has received an 
offer for this portion of the park but upon investigation finds that it can- 
not sell the same because title rests with the state; hence the City Council 
is now asking the Commission to deed the area back to the city, particularly 
in view of the fact that the city did not intend in the first instance to 
deed the area to the state. He stated that the area in question is not of 
any particular value to the park and recommended that the city's request be 
given favorable consideration. After discussion the Commission approved the 
recommendation by unanimous vote. 


Road leading from the Wolf Creek Highway to Saddle Mountain State 
Park, in Clatsop County: The Parks Superintendent advised that the Grand Rap- 
ids Oregon Timber Company, which owns most of this road, is now demanding 
$15,600 for the same, and thet he has secured en option from the Crown Wil- 
lamette.. Paper Company to purchase a portion of the road that crosses its 
property, at the rate of $15 per acre, which option expired on September 3, 
1937. Also, that the Smith Waterhouse Company is demanding $50 per acre for 
that portion of the road which crosses its property. He recommended accept- 
ance of the offers of the Crown Willamette Paper Company and the Smith Water- 
house Company at $15 and $30 per acre, respectively, and condemnation of that 
portion of the road which crosses the property of the Grand Rapids Oregon 
Timber Company if this company will not reduce its price for the 125 acres 
involved. The Commission approved the recommendation by unanimous vote but 
instructed the Parks Superintendent not to close the options with the Crown 
Willamette Company and the Smith Waterhouse Company until the case against 
the Grand Rapids Oregon Timber Company has been decided. He also wes in- 
structed to secure, if possible, an extension of time on the option secured 
from the Crown Willamette Paper Company. The Commission indicated that, if 
a jury does not set a satisfactory price on the Grand Rapids Oregon Timber 
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Original Allocation 
Amount Per Cent 


$1,692,000 47.0 
648,000 18.0 
522,000 14.5 
758,000 20.5 


$3,600.000 100.0 $3,618,275 


SOURCE OF FUNDS 


Federal Funds $2,092,368 $2,092,368 
State Match Funds 1,525,185 1,323,185 
Other State Funds 184,447 202 , 722 


TOTAL $3,600,000 $5,618,275 


The Engineer also submitted a plan for financing the Albany Grade 
Separation Project, which the Commission discussed and tentatively approved. 


The Commission also considered and tentatively approved the pro- 
posed revision of the 1938-39 Railroad Grade Separation Program which the mn- 
gineer submitted. 


The Commission by unanimous vote approved the minutes of the meet- 
ings held on April 12, April 26, 27 and 28, May 16, 17 and 18, and June 3 
and 4, 1937. 


The Parks Superintendent, Mr. S. H. Boardman, was present and re- 
ported on the following park matters: ; 


Abandonment of portion of Chandler State Park adjacent to the Fre- 
mont Highway, in Lake County: The Parks Superintendent advised that the 
highway is being revised at this location to eliminate curvature in the ex- 
isting road and that the new highway will be located only a short distance 
from the old highway, rendering valueless for state park purposes that por- 
tion of the present park which lies west of the present highway between En- 
gineer's Stations 830 and 850 unless the Commission acquires the area be- 
tween the present .park and the new highway location, which he recommended 
against because the area is devoid of trees. He suggested, rather, that the 
present park between Engineer's Stations 830 and 850, west of the old high- 
way, be deeded back to the donor, Mr. S. B. Chandler of Lakeview, such por- 
tion being narrow, devoid of trees, and of no value to the park. The Com 
mission indicated a desire to retain the present park and ‘o acquire the 
rest of the land between the park and the new highway if it can be purchased 
at reasonable cost. The Parks Superintendent was instructed to contact Mr. 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Union County Section, Oid Oregon Trail 
4951- Ricker, F. E. Stock Pile 1.0 $100.00 Lump Sum Wells 


Mills Bridge-Deadman Creek Section - Wilson River Highway 
5016-Miils, Chessel 2 Stock Piles 0.717 at $10 - 3-yr Lease J.H.Scott 
5016-A 45 at $ 1.- 1-yr Lease 


Bunker rcerossing Section - Coos River Highwa 
4764-Youngquist, F. A. R/W Allowance for plumbing (Addi- 


tional allowance on option 
taken Aug.9,1937,for $350) Benson 


Coos Bay-Roseburg Section ~ Coos Bay-Roseburg Highway 
4945-Coquille River Lund Company 0.28 5-yr Lease - Gratis Benson 


Stock Pile 
Muddy Creek-Lakeview Section - Klamath Falls-Lakeview Highway 
4158~-Kase, Joseph R/¥i 0.21 $50 per a. plus fenc-— _ 
ing McChesney 


McMinnville-Rickreall Section ~ Pacific Hizhway West 
4986-Bennett, Roswell H.C. R/W 0.004 §150 per a.plus fenc- | 
ing $2.40 McChesney 
Drews Valley Section - Klamath Falls-Lakeview hwa 
4718Reh, Arthur iv 0.71 $20 per a.plus $10.80 
McChesney 


Short Sand Beach Section - Oren Coast Highway 
4616-Preston Company 0.43 $20 Lump Sum McChesney 


West Portland-Cook Overcrossing - West Portland-Iiubbard Highw 
4643-Lesser, J. Ri 3.00 $350 per a.(with 


waiver of access) McChesney 


John eirie Gity ti ohn per wemny 
4981-Bogard, Susan D. Estate Ri $300 per a. plus 
fencing $16.50 
4881-Smyth, Eloise Eunice " 1.05 $50 per a. 
5.76 $10 per a. plus fence 
moving 
4884-Trowbridge, Charles A. R/ti 7.91 1.52 a. at $100 per 
1.11 a. at ¢70 per 
5.48 a. at $10 per plus 
fencing $286.65 
4879-Allen, Bradley W. F {25 per a.plus fenc- 
ing 3,638.50 
4988-McHaley, Rodney RAW 2 0.29 a. at $500 per 
and hauling road 1.45 a. at $20 per 
4920-Ross, James Walter R/W j 1.0 a. at $100 per 
1.95 a. at $70 per 
1.0 a. at $50 per 
(Continued on next page) 5.50 a. at $10 plus 
. fencing $451.75 
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ompeny property, it would secure the right of way for a road in another loca~ 


Cc 
tion and would build its own road to the park. 


The Engineer reported another case of tree mtilation on the Pacif- 
ic Highway right of way at Woodburn. It appears that a new service station 
has been erected at this place and that during the construction of the same 
the owner thereof requested permission from the State Highway Department's 
Landscape Engineer to remove some trees that were growing on the highway 
right of way, because, he alleged, they interfered with the proper ingress 
to and egress from his premises, but the request was denied. It also ap- 
pears that a few days later it was discovered that several of these trees 
had been girdled and portions of the tree trunks removed, which would event- 
ually kill them, and the trees would then have to be cut down. The Ingineer 
said that investigation does not reveal who perpetrated this deed. He rec- 
ommended prosecution of the offender if he can be found, end that the matter 
be turned over to the Department of State Police to carry on further investi- 
gations. The Commission approved the recommendation by unanimous vote and 
referred the matter to the Attorney to handle. 


The Engineer requested authority to acquire certain parcels of 
real property that are needed for various highway improvements throughout 
the state. He submitted a list of such properties together with prices that 
he recommended be paid for each. After careful study the Commission ap- 
proved the request and by unanimous-vote adopted the following resolution in 
regard thereto: 


WHEREAS, in connection with the further improvement of 
the highways hereinafter designated, it is and has been necessary 
to acquire property for right of way, quarry sites, gravel or 
other material sites, or sites for the storage of materials, as 
hereinafter more definitely set forth; and 

WHEREAS, as a result of negotiations carried on with 
the owners of the property required, options have been obtained, 
which options have been considered by the Commission, outlining 
the bases of settlement which have been agreed upon; and 


WHEREAS, it is the judgment of the Commission that the 
said options should be approved and accepted, and/or the said re- 
ports be declared acceptable to the State Highway Commission as 
bases of settlement for the properties involved, and that the ac- 
quisition of the properties should be completed; 


NOW, THEREFORE, BE IT RESOLVED that the several offers, 
or bases of settlement hereinafter enumerated be, and the same 
hereby are, approved and accepted, and that the Attorney for the 
Stete Highway Commission be, and he hereby is instructed to com- 
plete the acquisition of the said properties and to take title 
thereto in the name of the State of Oregon. The said properties 
hereby ordered and authorized to be acquired are as follows: 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Astoria-Seaside Section - Oregon Coast Highway 
4522-Clatsop County Stock Pile 1.93 Gratis 


th Fork tion - 
4653-Wyatt, M. A. 0.59 Gratis 


5029-Rycraft, Charles A. Stock Pile 1.38 $250 Lump Sum plus 
fencing 


Hamlet Junction-Tillamook ons, Line - Oregon Coast Highway 
5019-Clatsop County 1.41 Gratis McCallister 


Unit McCallister tion - Little Butte 
4999-Nygren, Eric C. 4.02 €50 per a. McCallister 


“ Siletz River-Newport Section - Oregon Coast nw. 
4061-Hansen, Bina aR 0.024 $500 per a.plus moving 
shrubs,shed $10.50 Dolan 
4045-Sijota, John ul 0.08 Gratis " 
5026-Long, Harry E. " 1.51 $331.12+ per,plus 6"drain 
tile under roadway " 
4068-Lincoln County Logging Co." 0.34 Lump Sum $25 ® 


Sheridan-McMinnville Section — McMinnville-Tillamook Highw. 
4509-Buel, Lawrence W ‘0.471 $150 per a.plus fenc- 
ing $39.50 Collins 
4314-Durest, John " 1.94 $150 per a.plus 
$1568.50,plus moving 
service station bldgs, 
pumps and tanks 
*4240-Resettlement Admin. R/W $100 per a.plus fenc- 
ing and severance 
damage $567 Collins 


Arch Cape-Short Sand Beach Section - Oregon Coest Highway 
4909-Huntley, George E. RAI 2.09 $50 per a. Collins 
4904-Arch Cape Land Company 1.85 
6 
1 


4905Calder, W. C. 
4910-Kratz Estate, Susan 


McMinnville-Newberg Section - Pacific West 
*4364-Resettlement Admin. R/W 1.189 Lump Sum $60 


*4297-Resettlement Admin. " 2.97 €115 per a.plus 
fencing $189 
*4935-Resettlement Admin. " 0.68 $90 per a. 


- ction - Columbia River hw. 
1819-Corbett Investment Co. 1.78 $50 per a. 
and waiver of access 


West Portland k Overcrossing - West Portland-Hubbard Hiphw 
5037-Paulson, John T. 7a 0.705 $500 per a.plus 


$2148.50 


$60 Lump Sum 


; 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


John Section -— John y Highway (continuad 
ettearink. Yabel E. R/T 500 per a.plus fencing 

Mineral rights re- 

served) Wells 
4880-Campbell, Maud a 0.46 $25 per a.t+ fencing $51 ® 
4915-McHale;, R. T. ® 0.18 at - Lump Sum - $10 

plus fencing $6.50 " 
4933-Cauble, Kristine " 6464 sq.ft. Lump Sum $50, plus $95 0 
4930-Bruce, Belle 0 0.31 $300 per a. " 
4912-Grant County Bank " 0.63 Lump Sum $25, plus fenc- 

ing $26 ° 
4929-Parsons, J.H. bd 0.15 Lump Sum $50,plus $46.50 " 
4878-Ferguson, Blanche " 1.15 $200 per a.plus $270 n 

plus fencing,moving bldgs 
4883-Hiatt Estate, Ruth s 7.24 5 a. at $300 per 

2.24 a. at $10 per 

plus fencing ® 
4928-Cauble, J. A. " 4 lots 3 lots at $100 per lot 


1 lot at $50 per lot,plus 
$95 plus moving bldgs ® 


tion - 01d Oregon 


4952-Mt. Emily Lumber Co Quarry 9.27 Lump Sum $150 Wells 
4949-Saling, Cynthia Stock Pile 3.79 $25 per a. " 
Haines-North Powder Section - oe Oregon Trail Highway 
5009-Hill, W.E. 0.34 $100 per a.plus $87. 50 Wells 
5006-Perkins, Armand W. " 0.84 $100 per a.plus mov- 

ing fences ad 
§007-Dalton, J. W. n 1.20 $100 per a.plus ¢100 

plus moving fence sd 
501l-Perkins, Armand W. Gravel Pit 2.67 $38 per a.plus fencing " 

Creek-Jordan V. Section - Jor Valley Highw: 
4202-Malheur County 4.81 Gratis Wells 
~ Unit, Jordan Creek on - I.0.N. 
4516-Malheur County 55.54 Gratis Wells 
63 tion - CS) ver F. 
4998-~Graham, Thos. Park 5000 sq.ft. 
including bldgs. 
and well Lump Sum $500 McCallister 
Siletz River-Newport Section - Orezon Coast Highway 
4442-Lincoln County 2.83 Gratis McCallister 
4200-Lee, Olive S. n 20.37 Lump Sum $4500 " 
4247-4150-5028-35952- 
Atlantic-Western Company " 134.20 Lump Sum $22,500 8 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts 


Re’ k- e - $il Hi 
5041-Smith, Seth J. 0.82 Lump Sum $150 Benson 
and Quarry 


* The Commission approved settlements Nos. 4240, 4364, 4297 and 
4935 with the Resettlement Administration, as set forth in the above resolu- 
tion, in so far as price is concerned, but referred to the Ingineer and the 
Attogney the matter of finding a way to adjust these settlements in view of 
the fact that they involve certain water pipe installation. 


The Commission adjourned at 11:40 o'clock p. m., to reconvene at 
9:00 o'clock the following morning in the Auditorium of the Public Service 


Portland, Oregon, September 14, 1957. 


The State Highway Commission reconvened in regular session at 9:00 
o'clock a. m. in the Auditorium of the Public Service Building. Present were: 


Henry F. Cabell, Chairman 
Aldrich, Commissioner 
Tou Velle, Commissioner 
Baldock, State Highway Engineer 
Devers, Attorney 
Glaisyer, Secretary 


Bids as follows for highway construction projects and for the sale 
of butldings at Marshfield were opened and read in conformance with previously 
published notice: 


PACIFIC HIGHWAY EAST 
CONSTRUCTION OF FRAME STORAGE BUILDING 
NEAR SOUTH CITY LIMITS OF PORTLAND 


Frank Watt Construction Co. 
F. C. Himber Co. 
E. F. and W. F. Philpott 


WOLF CREEK HIGHWAY 
CONSTRUCTION OF CONCRETE BRIDGE 
SOUTH FORK OF QUARTZ CREEK 


F. C. Himber Co. $ 8,910.00 
Mountain States Construction Co. 9,340.00 
E. F. and W. F. Philpott 9,975.00 
Dolan Construction Co. 10,015.00 
L. H, Hoffman 10,690.00 
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Section, Hwy., and Owier Purpose Acres Approximate Amounts Agent. 


He bo tion - Oregon 
4759-School District #9 Stock Pile 0.62 S-yr Lease at $5 per yr 


Gardiner 
uurpy-Provolt Section - Nillians Secondary Higimey 
3a56-Willson, W. F. 5.69 Lump Sum $2500 DeSouza 


Lombard Street-Sandy Boulevard 
4861-Multnomah County RAW =—s 1. : Blk (97) $185.51 for taxes and 
city liens plus interest 
DeSouza 
Berbur Boulevard — Pacific Higheey test 
5058-Multnomah County Part 4 lots Lump Sum $770.73 DeSouza 
on -Silver Falls Section - ve s 
4646-Sander, Geo A. Gratis Langille 
(Correc. Deed) 
Sheri tion - ville-' ic hway 
4310-Moe, Nora M. B. 1.025 $200 per a.plus 
fencing $75.50 Collins 
ohn -Prairie Ci tion - Jo hw: 
4927-Grant County Bank 0.06 Gratis,plus depositing 
200 yds. dirt Wells 


Wallowa-Enterprise Section ~ Wallowa Lake Highway 
§015-Fitzpatrick, F. W. Stock Pile 1.0 $100 per a.plus 


fencing Wells 
Cannon Beach Junction-Hamlet Junction Section - Oregon Coast Highway 
5027-State Land Board Maintenance Site Lump Sum $1,000 McCallister 


120.0 


Prairie City—John Section - John 
4932-—Johnson, R. B. R/W 0.22 Lump Sum $500 plus moving 


Bldgs plus lot to be 


deeded by state Wells 
(4932-Johnson, R. B.) Lot to be acquired for the purpose of 
4952-A-L. E. LUCAS moving the R. B. Johnson house thereon 


and deeded by state to Mr. Johnson 
hw. 


Clatsop County - Wolf Cree} 
2071-Oregon-American Lumber Co. 86.71 Lamp Sum $19,461.83 Devers 
R/W and Quarry Site 


ent Corner Section — Mt. Hood Highwa 
5024—Proctor, W. A. B/W 0.030 $500 per a.plus $185 McChesney 


5047-Siefer, D. E. ® 0.035 $500 per a.plus 
$582.50 plus moving 
building " 
SEP 13 1937 


MT. HOOD HIGHWAY 
TREATED TIMBER BULKHEAD IN TOWN OF GRESHAM 


Using Using 


Using 
Chemonite 


Pres.0il Wolman Salts Salts 
Frank Watt Construction Company $11,577.00 $11,757.00 ¢---- 


Mountain States Construction Company 13,275.00 
Geo. Schmitt 13,586.75 
Parker-Schram Company 15,500.00 
Shattuck & Neland 17,202.50 


COLUMBIA RIVER HIGHWAY 
THE DALLES ROADSIDE IMPROVEMENT PROJECT 


SALE OF RESIDENCE BUILDINGS AT MARSHFIELD 
BUILDING "A" 


F. R. Pendleton 
Chas. Forrest (second choice) 


Chas. Forrest (fifth choice) 


Ghas. Forrest (first choice) 


Arthur L. Fitch (first choice) 
Chas. Forrest (third choice) 


Arthur L. Fitch (second choice) 
Asbjern Moen _ 
Charles Forrest (third choice) 


Chas. Forrest (fifth choice) 
J. F. Burkhart 


Chas. Forrest (fourth choice) 
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WEST DIAMOND LAKE AND CRATER LAKE NORTH SECONDARY HIGHWAYS 
DIAMOND LAKE ROCK PRODUCTION PROJECT 


R. I. Stuart & Sons $19,850.00 
A. S. Wallace 19,879.00 
Saxton, Looney & Risley 19,915.00 
Rogers Construction Company 21,115.00 
Clifford A. Dunn 21,920.00 
Mecford Concrete Construction Company 21,995.00 
H. L. Rice 22,551.00 


PENDLETON-JOHN DAY ii{GHWAY 
FOREST BOUNDARY-LONG CREEK SECTION 
, FURNISHING CRUSHED ROCK IN STOCK PILES 


Rogers Construction Company $ 7,820.00 
Jones-Scott Company 9,168.00 
Schmeer, Williams & Gentemann 11,380.00 
A. S. Wallace 11,560.00 
H. L. Rice 14,316.00 
George Schmitt 15,650.00 
Fisher Bros. 35,520.00 


HOOD RIVER SECONDARY HIGHWAY 
SURFACING, OILING, FURNISH CRUSHED ROCK IN STOCK PILES 
BLOUCHER SECTION 


Fisher Bros. $21,881.00 
Rogers Construction Company 22,586.00 
0. GC. Yocom 24,684.00 
H. L. Rice 25,300.00 
Parker-Schram Company 25,950.00 
Joplin & Eldon 27,887.00 
SILETZ SECONDARY HIGHWAY 
SURFACING AND ROCK PRODUCTION PROJECT 
Mountain States Construction Company $39,635.00 
R. 0. Deil & Warren Bros., Inc. 42,525.00 
Dolan Construction .Compaly 44,735.00 
Saxton, Looney & Risley 45,020.00 
Joslin & McAllister 46,765.00 
0. C. Yocom 48,850.00 
Chas. H. Hoyt 55,080.00 
BE. C. Hall Company 55,100.00 
Altree & Sanford 55,221.50 
Homer G. Johnson 56,005.00 
A. C. Greenwood Company, Inc. 57,075.00 
Parker-Schram Company 61,915.00 
Joplin & Eldon 71,215.00 
Rogers Construction Company 76,750.00 
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Superintendent of Schools; County Judge Grant Matthews; and County Commis- 
sioner H. S. Morgan, came before the Highway Commission and asked for the 
improvement of Williams Secondary State Highway between the towns of Provolt 
and Williams, particularly the reconditioning and oiling of this section, 
which is about six miles long. Mr. Pirmiger headed the group. He stated 
that the present road is rough and dusty and is in very bad condition gener- 
ally; that it carries a large volume of traffic, including the trucks of some 
thirty-nine concerns which operate in this vicinity, being the only road serv- 
ing the Williams district. He presented a list of the concerns which operate 
trucks over this road, and advised that they will be satisfied with a good, 
year-round, travelable road. 


Mr. Winslow spoke for the improvement from the standpoint of tians- 
portation of school children. He said that the condition of the road is such 
that school busses cannot be driven over it without serious damage, which 
might result in injuries to the children; in fact, officers of the Department 
of State Police have condemned their busses as being unsatisfactory for use 
in transporting school children. He advised that many students from the Wil- 
liams and Provolt districts attend school in Grants Pess and have to be trans- 
ported by bus to Grants Pass, a distance of about 25 miles, and it is impor- 
tant that they arrive on time, which is difficult of accomplishment under 
present road conditions. He urged the improvement of the road from this 
standpoint as well as from the standpoint of providing safety for the school 
children. 


Chairman Cabell advised that the State Highway Commission appre- 
ciates the need for the improvement of this road but is confronted with the 
fact that there are many roads throughout the state in similer condition. He 
further advised that even if funds were available to improve the road this 
year, it could not be done because the season is too late for oiling work, 
so that about all the Commission can do is to maintain the road in the best 
possible condition this winter. He added thet this road will be considered 
along with others for improvement in the 1938 construction program, but no 
promises or commitments can be made at this time. 


Mr. Paul Landry, Klamath Falls, was present in the interests of a 
proposed highway extending from the Klamath Lake Secondary Highway westerly 
to the Lake-of-The-Woods. He urged the Commission to designate this road as 
a secondary state highway as far as the Jackson County line so that the 
United States Forest Service can proceed with the construction of the same as 
a forest development road. Present and entering into the discussion of this 
matter were ir. C. J. Buck, Regional Forester, and Mr. James Frankland, Re- 
gional Engineer, United States Forestry Department. 


Mr. Frankland advised, in reply to an inquiry of Chairman Cabell 
as to whether or not it is necessary to designate this road as a secondary 
highway before forest development funds can be expended thereon, that it is 
not necessary that the road be designated as a state secondary highway but 
it would have to be placed on the forest highway system before it would be 
eligible for forest highway funds. He gave as his thought that available 
forest highway funds should be used to finance additional construction on 
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BUILDING "H" 
Chas. Forrest (fourti choice) $ 25.50 
Asbjorn Moen 10.00 
BUILDING "I" 
Chas. Forrest (fourth choice) 25.50 


Chairman Cabell announced that the awards of contracts and sale of 
buildings would be made at 2:00 o'clock p. m. in the same room. 


The Attorney brought up for discussion the matter of the applica- 
tion of Gilchrist & Company, Ltd., to the Public Utilities Commissioner, for 
a permit to construct and operate its railroad across the Willamette Highway 
in Klamath County, at grade, pending construction of an overcrossing for its 
facilities. He said that the company estimates that it will take eighteen 
months to build its overhead structure and has asked the privilege of main- 
taining the grade crossing during this period so it can operate this year; 
otherwise their operations would be delayed a year or more. The Engineer 
said that he is fundamentally opposed to letting the company maintain a 
grade crossing across this highway, but if it is absolutely unavoidable, 
then, in his estimation, it should not be allowed to maintain such grade 
crossing longer than twelve months, which should give the company ample time 
within which to complete the overhead structure. He also said that special 
provision for this structure should be contained in the Public Utilities 
Commissioner's order covering this matter. After considerable discussion 
the Commission decided unanimously to recommend to the Public Utilities Com- 
missioner that the company be allowed to maintain a grade crossing over this 
highway for a period of twelve months on the coniition that at the end of 
that period the company will remove the same and will restore the highway 
right of way to the satisfaction of the Engineer. The Commission also ap- 
proved relieving the company from maintaining an automatic "wig-wag" signal 
at this crossing, on account of the temporary nature of the crossing. 


County Commissioner William Baer, Deschutes County, was present in 
regard to the Tumalo Falls road which leads to Deschutes County's winter 
sports playground aree. He said thet the county is improving this road but 
is fearful thet it will not be sable to maintain travel over it this winter 
on account of snow conditions, hence is asking the State Highway Commission 
to authorize the Engineer to keep the road open with the state's rotary snow 
plow, which is to be stationed this winter at Redmond. He seid that Des- 
chutes County will pay the expense of the operations. After discussion, the 
Commission granted the request subject to the condition that the county will 
pay the estimated cost of the work by certified check or warrant in advance 
of operations and provided, further, that the grade of the road is such that 
the snow plow can be operated over it without damaging the equipment; and 
provided, further, that the snow plow is not needed elsewhere on state high- 
ways. 

A delegation from Grants Pass and vicinity, consisting of Messrs. 
J. W. Pirmiger, Manager of the Oregon Lime Products Company; M. B. Winslow, 
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at the rate of one-half per cent (3%) per annum, we offer $100.001 
for each $100 par value of such bonds and accrued interest to date 
of delivery. * 


Bid of THE FIRST NATIONAL BANK OF PORTLAND: 


"For $1,000,000 State of Oregon Highway bonds to be dcted Octo- 
ber 1, 1957, and to mature April 1, 1938, but subject to redemption 
on January 1, 1938, or an any date thereafter on thirty days! pub- 
lished notice, to be in denominations of $100,000 each and to bear 
any, at the rate of forty-five hundredths of one per cent 

45) . 


"We will pay $100 for each $100 par value thereof plus accrued 
interest from the date of the bonds to the date of delivery to us 
in Portland, Oregon. " 


Chairman Cabell announced that the Commission would take these offers under 
advisement and would announce its decision relative thereto at 2:00 o'clock 
p- m. in the same room. 


The Commission conferred with Mr. C. J. Buck, Regional Forester, 
and James Frankland, Regional Engineer, representing the United States Forest 
Service; W. H. Lynch, District Ingineer, F. E, Andrews, Senior Highway Engi- 
neer, and T. M. Davis, Highway Engineer, representing the Bureau of Public 
Roads, relative to forest highway matters of mutual interest, as follows: 
Extension of the Flora-Enterprise Forest Highway in Wallowa County from its 
present northern terminus to the Washington state line. Mr. Buck pointed 
out that if this project is approved it would mean extending the forest high- 
way about ten miles outside of the national forest boundary, which is a new 
departure for forest highway construction and there is a question whether or 
not the officials in Washington, D. C., will approve the same; nevertheless, 
Mr. Lynch and he are recommending the project, in view of the importance of 
the road and the fact thet there appears little possibility of construction 
on any other basis, dye to lack of available fumds. He advised that the rec- 
ommendation is based solely on the merits of the project and would not re- 
quire that any portion of the present forest highway system be eliminated, 
although they want an understanding with the Commission that the forest high- 
way funds that are being taken from some other forest highway project to fi- 
nance this extension will be replaced by other funds. Mr. Lynch confirmed 
Mr. Buck's statements. The Highway Commission approved the arrangement and 
it was mutually agreed that the understanding should be covered by joint let- 
ter, which is to be prepared by Mr. Lynch. 


Mr. Buck then brought up for discussion the matter of maintenance 
of the road which extends from the Mt. Hood Highway near Government Camp to 
the newly constructed lodge at the timber line on Mt. Hood. He said that the 
United States Forest Service has appropriated about as much money as it can 
spare for this project and it appears to him that travel over the road is go-~ 
ing to increase to such an extent that eventually it will have to be desig- 
nated as a state highway in order to insure that it will be properly main - 
tained. He explained the need for surfacing of the road and for the removal 
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the Klamath Falls-Lakeview Highway rather than to start a new project, and 
that the forest development funds should be used for construction of roads 
within the Lake-of-The-Woods recreational district rather than for rouds 
leading up to such district. 


Mr. Buck advised that whe Forest Service recognizes the recreation- 
al possibilities of the Lake-of-The-Woods district and is spending a lot of 
money there for development, including road construction; in fact, the dis- 
trict is more highly developed than the Diamond Lake recreational area. He 
agreed that there should be e good road leading into the district but gave 
as his thought, in view of the improvements that the Forest Service is making 
around the lake, that funds for the construction of roads leading into the 
area should come from some other source; otherwise, he said, the Government 
might as well cancel its appropriations for development roads if the money 
is to be expended for purposes other than intended. 


Chairman Cabell advised that this is a costly project and that, be- 
cause of limited funds available to the Commission, it does not appear pos- 
sible to include this project in the construction program for a long time. 


Mr. Landry then asked the Commission to construct a five-mile sec- 
tion of the Klamath Lake Secondary Highway immediately south of the national 
forest and advised that they would be satisfied with grading only, if the 
Commission could not finance surfacing. 


Chairman Cabell pointed out that there are only two possibilities 
of financing such project, one being as 2 federal eid secondary highway, 
using federal moneys that must be spent for farm traffic roads and which the 
Commission will consider; the other being with state money, of which there 
is none available at the present time. 


Mr. Landry then asked the Commission to oil another section of the 
Klamath Lake Secondary Highway along the section that has already been graded 
to state standards. He was informed by Chairman Cabell that the Commission 
has many obligations to meet, hence can make no promises at this time, al- 
though the project will be kept in mind for further consideration when future 
constrnction programs are formulated. 


At 11:00 o'clock a. m. bids as follows for the purchase of 
$1,000,000 Oregon State Hishway bonds were opened and read in conformance 
with previously published notice: 


Bid of STATE BOND COMMISSION: 


"For ell of the $1,000,000 Oregon State Highway short-term 
bonds, or for any part thereof that the Oregon State Highway 
Commission shali allocate to us, to be dated October 1, 1957, 
to mature April 1, 1958, but to be subject to optional redemp- 
tion on January 1, 1938, or upon any date thereafter on thirty 
days' published notice, to be in denominations of $100,000 each, 
to bear interest payable upon maturity or upon redemption date 


SEP1* 1937 


7GIe 


"Diamond Lake Rock Production Project on the West Diamond Lake 
and Crater Lake-North Secondary Highways, in Douglas and Jackson 
Counties. The Commission received seven bids for this job, the 
low ome being that of R. I. Stuart & Sons, Medford, at $19,850.00. 
The next low bid was that of A. S. Wallace, Roseburg, at $19,879.00. 
The Commission has awarded the contract to the low bidder, R. I. 
Stuart & Sons, at their bid price of $19,850.00. 


"Furnish 5,200 cubic yards of crushed rock in stock pile for 
the Forest Boundary-Long Creek Section of the Pendleton-John Day 
Highway, in Grant County. Rogers “onstruction Company, Dayton, 
Washington, submitted the low bid for this job at $7,820.00. The 
next low bid was submitted by Jones-Scott Company, Walla Walla, 
Washington, at $9,168.00. There were five higher bidders. The 
Commission has ewarded the contract to Rogers Construction Com- 
pany, the low bidder, at its bid price of $7,820.00. 


"Bloucher Section of the Hood River Secondary Highway, in 
Hood River County. 1.6 miles surfacing and oiling and furnish 
4000 cubic yards crushed rock in stock pile. The low bid was 
submitted by Fisher Bros., Oregon City, at $21,881.00. The next 
low bid was submitted by Rogers Construction Company, Dayton, 
Washington, at $22,386.00. There were four higher bidders. The 
Commission has awarded this contract to the low bidder, Fisher 
Bros., at their bid price of ¢21,881.90. 


"“Siletz Highway Surfacing and Rock Production Project on the 
Siletz Secondary Highway, in Lincoln County. 16.7 miles surfac- 
ing and furnishing 5,400 cubic yards crushed material in stock 
piles. The low bidder was Mountain States Construction Company, 
Eugene, at $39,635.00. The next low bidder was R. 0. Dail and 
Warren Bros., Inc., Aberdeen, Washington, at $42,525.00. There 
were 12 higher bidders, The Commission has deferred the award of 
this contract and has referred the bids received therefor to the 
Engineer with power ta award the contract to the low bidder when 
certain conditions have been satisfied. 


"Construction of approximately 234 lineal feet of treated 
timber bulkhead along the Mt. Hood Highway, in the town of Gresh- 
am, in Multnomah County. The low bid was submitted by Frank Watt 
Construction Company, Portland, at $11,577.00, based on the use 
of preservative oil. This company bid $11,757.00, based on the 
use of Wolman Salts, but submitted no bid based on the use of 
Chemonite Salts. The next low bid was that received from Moun- 
tain States Construction Company, Eugene, at $15,275.00, based on 
the use of preservative oil. This company did not submit bids 
based on the use of Wolman Salts or Chemonite Salts. There were 
three higher bidders. The Commission has awarded the contract to 
the low bidder, Frank Watt Construction Company, at its bid of 
$11,577.00, based on the use of preservative oil treatment. 
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of snow therefrom during the winter season. He also explained that, for the 
time being, during the winter season when cars cannot be driven over the 
road up to the Lodge, they propose to operate a motor-propelled snow-sled 
bus to take care of the transportetion problem. He asked the Commission to 
take over this road, to surface the same, and to assume the responsibility 
for the snow-removal operations; otherwise, he added, it will be aecessary 
for the Government to assume such responsibility and to charge a toll to pay 
the expense. 


Chairman Cabell advised that he has given this matter considerable 
thought, and, while he appreciates there are objections to charging a toll 
for the use of the roed, there are also two main objections to designating 
the road as a state highway and to maintaining it and keeping it open for 
travel during the snow period. ‘he first of these objections, he said, is 
that the state would be mainteining a public road for the benefit of the pri- 
vate individual who operates the concession at the Lodge; and the other is, 
how could the Commission expluin and justify the enormous expense of snow- 
removal operations for the benefit of winter sports enthusiasts in this area 
and continue to deny requests of winter sports enthusiasts in other parts of 
the state who are asking for similar consideration? The Commission took no 
definite action on this matter but after considerable discussion agreed to 
consider it seriously because it appears to be a problem that must be dis- 
posed of next year. 


The Commission adjourned at 12:00 o'clock noon and reconvened at 2:00 
o'clock p. m. in the same roon, with all of the Commissioners, the State 
Highway Engineer, the Attorney and the Secretary present. 


Chairman Cabell ennounced the following awards of contracts, sale 
of houses, and sale of highway bonds, for which bids were taken at the morn 
ing session, the awards and sales having been previously approved by the Com- 
mission by umanimous vote: 


"Construction of a 32'x 48! frame storage building just south 
of the city limits of Portland, on the Pacific Highway East, in 
Clackamas Caunty. The low bidder was Frank Watt Construction Com- 
pany, Portland, at $7,136.65. The next low bid was that of F. C. 
Himber Company, Eugene, at $7,685.00. The only other bid received 
was that of E. F. and W. F. Philpott, Portland, at $8,201.50. The 
Commission has awarded the contract to the low bidder, Frank Watt 
Construction Company, at its bid price of $7,156.65. 


"Construction of a bridge over the South Fork of Quartz Creek 
on the Wolf Creek Highway, about 5.5 miles east of Elsie, in Clat- 
sop County. The low bid was submitted by F. C. Himber Company, Bu- 
gene, at $8,910.00. The next low bid was that of Mountain States 
Construction Company, Eugene, at $9,540.00. There were three high- 
er bidders. The Commission has awarded the contract to the low 
bidder, F. C. Himber Company, at its bid price of $8,910.00. 


"The Commission received two bids for the purchase of Build- 
ing 'H', being those of Asbjorn Moen at $10.00 and Charles For- 
rest at $25.50. Mr. Forrest's bid cannot be considered for rea- 
sons previously stated, and the Commission considers Mr. Moen's 
bid too low, hence has rejected it. 


"Only one bid was received for the purchase of Building ‘Tt, 
being that of Charles Forrest at $25.50. It cannot be considered 
for reasons previously stated." ~ 


Sale of $1,000,000 Oregon Highway Bonds: 


"The Commission received two bids for the purchase of these 
bonds, being that of the State Bond Commission at an interest rate 
of one-half of one per cent (3%) per annum plus a premium of one 
mill ($.001) for each $100 par value of the bonds, and that of 
The First National Bank of Portland at par with an interest rate 
of forty-five hundredths of one per cent (.45%) per annum. The 
Commission considers the bid of The First National Bank of Port- 
land to be the best und accordingly has sold the bonds to this 
bank." 


The Commission thereupon by unanimous vote upon motion of Commis- 
sioner Aldrich which was duly seconded by Commissioner Tou Velle adopted the 
following resolution with respect to the sale of said $1,000,000 Oregon High- 
way bonds: 


WHEREAS, in response to a call for bids duly issued and 
published by the Highway Commission for the sale of $1,000,000 
par value Oregon State Highway bonds, there was received by the 
Commission the following bids, to wit: 


Bid of STATE BOND COMMISSION: 


For all of the $1,000,000 Oregon State Highway short- 
term bonds, or for any part thereof that the Oregon State 
Highway Commission shall allocate to us, to be dated Octo- 
ber 1, 1937, to mature April 1, 1938, but to be subject to 
optional redemption on January 1, 1958, or upon any date 
thereafter on thirty days' published notice, to be in de- 
nominations of $100,000 each, to bear interest payable up- 
on maturity or upon redemption date at the rate of one- 
half per cent (4%) per annum, we offer $100.001 for each 
$100 par value of such bonds an’ accrued interest to date 
of delivery. 


Bid of THE FIRST NATIONAL BANK OF PORTLAND: 


For $1,000,000.00 State of Oregon Highway Bonds to be 
dated October 1, 1957, and to mature April 1, 1958, but sub- 
ject to redemption on January 1, 1958, or on any date there~ 
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"The Dalles Roadside Improvement Project on the Columbia Riv- 
er Highway, in Wasco County. The Commission received two bids for 
this project, the low ome being that of George Schmitt, Portland, 
at $9,750.00, and the other being that of Fisher Bros., Oregon City, 
dered the project to be readvertised for bids to be received at the 
next meeting." 


Sale of Property at 1d: 


"The Commission received two bids for the purchase of Building 
‘at, the high one being that of F. R. Pendleton, Everett, Washing- 
ton, at $500.00. The Commission has sold this building to Mr. Pen- 
dleton at his bid price. 


"The Commission received one bid for the purchase of Building 
'B!, being that of Charles Forrest, Marshfield, at $25.50, The 
Commission has rejected this bid. 


"The Commission received one bid for the purchase of Building 
%', being that of Charles Forrest, Marshfield, at $125.75. The 
bid is etisfactory to the Commission and the building has been 
sold to Mr. Forrest at his bid price. 


"The Commission received two bids for the purchase of Building 
'D', the high one being that of Arthur L. Fitch, Marshfield, at 
$102.90. The other bid was that of Charles Forrest, at $35.00. The 
Commission has sold the building to Mr. Fitch at his bid price of 
$102.00. 


"The Commission received three bids for the purchase of Build- 
ing '"E', being those of Arthur L. Fitch, Mershfield, at $102.00; 
Asbjorn Moen, Mershfield, at $26.00; and Charles Forrest, Marshfield, 
at $75.00. Mr. Fitch qualified his bid by stating that he would 
purchase only one building, and Mr. Forrest qualified his bid by stat- 
ing that he would not accept Building 'E' unless he also received 
Building 'D', which disqualified both of these bids. The bid of Mr. 
Moen is too low. The Commission has rejected the bids. 


"The Commission received two bids for Building 'F', being those 
of Cherles Forrest, at $60.75, and J. F. Burkhart, at $50.00. Mr. 
Forrest qualified his bid by stating that he was not interested in 
the purchase of more than one building and he has already been sold 
Building 'C'. The Commission considers the bid of Mr. Burkhart too 
low, hence has rejected it. 


"The only bid received for the purchase of Building 'G! is 
that of Charles Forrest, at $50.50. It cannot be considered be- 
cause Mr. Forrest qualified his bid by stating that he would not 
accept this building unless he was also given Buildings 'H' and 'I', 
bids for which have been rejected by the Commission. 
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might be the cause of damage suits against the Commission in view of the pos- 
sibility that the revetment would divert the river to other channels and 
would damage valuable property. 


After considerable discussion, Chairman Cabell stated that there 
is a question in his mind whether the revetment will be of sufficient value 
to the state highway to justify state expense in the cost thereof; and, from 
the discussion at this meeting is unable to determine if the Commission at 
one time agreed to cooperate and later retracted, so a decision cannot be 
rendered until the Commission has reviewed the record. He inquired if the 
district would be willing to assume full responsibility for any claims that 
might arise from the construction of the revetment in the event, upon exam- 
ination of the records, the Commission decides that it is morally obligated 
to cooperate. Mr. Naegeli and Mr. Botts both replied that the district 
would assume all such responsibility and expense incident thereto. After 
further discussion the delegation was informed that the Commission will re- 
view the record of this matter and will decide at its next meeting definite- 
ly whether or not it will contribute to the cost of this project. The Sec- 
retary was instructed to assemble correspondence and excerpts from the min- 
utes covering the matter and forward copies of the same to the individual 
members of the Commission prior to the next meeting. 


Mr. John Beckman, Attorney, Portland, headed a delegation repre- 
senting the owners of property along the Oregon Coast Highway at Gleneden 
Beach, Lincoln County, which asked the Commission to revise its plans for 
the improvement of the Oregon Coast Highway at this location so as to util- 
ize the existing road rather than an entirely new location es is now planned. 
Others in the delegation were Mrs. Mary Boyle, Ed Hartman and W. F. Cary, all 
of Gleneden. 


Mr. Beckman alleged that, if the Commission reconstructs the high- 
way in accordance with present plans, it will react to the serious detriment 
of Mr. Cary, who owns some 400 acres of beach property which he is develop- 
ing, and will put Mr. Hartman's service station out of business. He advised 
that Mr. Hartman is a world war veteran and has all of his assets invested 
in his service station, and that Mr. Cary made a huge investment in develop- 
ing his property on the understanding that the highway was permanently locat- 
ed. It was his thought that the interests of these men and of other property 
owners should be given more consideration, and that the proposed revision is 
not justified, because, he alleged, a 60-mile per hour speed can now be 
maintained on the present road. He further stated that Mr. Carey is willing 
to donate sufficient lend to widen the present highway across his holdings, 
if the Commission will not make the change. 


The Engineer advised that the Highway Commission adopted the new 
location for the highway only after very careful study of three alternate 
routes, two of which are considerably farther away from Gleneden Beach than 
the one selected, which was considered the most conservative. He also ad- 
vised that, even if the Commission had decided to retein the highway in its 
present location, property would be no better off than if the highway is con- 
structed on the adopted location, because the present road would have to be 
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after on thirty days' published notice, to be in denomina- 
tions of $100,000 each and to bear interest at the rate of 
forty-five mmdredths of one per cent (.45%). 


We will pay $100.00 for each $100.00 par value thereof 
plus accrued interest from the date of the bonds to the date 
of delivery to us in Portland, Oregon. 


WHEREAS, in the judgment of the Commission the bid of The 
First National Bank of Portland is the best bid of all bids offered, 
and it is the further judgment of the Commission that the said bid 
should be accepted and the sale of the bonds made to The First Na- 
tional Bank of Portland. 


NOW, THEREFORE, all members being present and affirmative-~ 
ly participating, it is hereby resolved as follows: 


1. That the bid of The First National Bank of Portland 
be and the same hereby is accepted. 


2. That the said bonds when prepared and when executed 
by the Governor, the Secretary of State and the State Treas- 
urer be delivered to the said The First National Bank of Port- 
land on or before the first day of October, 1937, on payment 
of the purchase price thereof. 


3. That this resolution be entered in the minutes and 
records of the Highway Commission. 


The County Court of Tillamook County, represented by Commissioners 
E. H. Lindsey and &. G. Anderson, accompanied by Mr. John Naegeli, President, 
and H. T. Botts, Attorney and Secretary, for the Wilson River Drainage Dis- 
trict, came before the Commission in regard to securing state cooperation in 
connection with the construction and maintenance of a revetment along the 
Wilson River to prevent this stream from overflowing its banks into Dougher- 
ty Slough during periods of high water. Mr. Botts, as spokesman, stated 
that the drainage district constructed the revetment as a W.P.A. project at 
a cost of some $3,000, upon receipt of information from the Tillamook County 
Court to the effect that the Highway Commission would pay one-half of the 
cost thereof up to a maximum of $1,000, and they were very much surprised to 
learn a short time ago that the Highway Commission had rescinded its pre- — 
vious action and on February 17 decided not to cooperate in this undertaking. 
He urged the Commission to reconsider its action and to help the district 
out. 


The Engineer advised that his recommendation to the Highway Com- 
mission that the Commission do not cooperate in this project was based on re- 
ports of Bridge Ingineer G. S. Paxson and Maintenance Engineer J. N. Bishop, 
who made a thoroeugh investigation of the project and convinced him that the 
revetment would be of no benefit to the state highway but on the other hand 
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guidance of traffic at the west end of the bridge shall not be constructed 
on permanent basis until they have been tried out with sand bags to deter- 
mine whether or not the cost to construct permanent guide lines is justified. 


The Engineer also recommended installation of traffic signals at 
the intersection of 17th and Schiller Streets and at the intersection of 
Union Avenue with Hawthorne Avenue, in Portland, where considerable traffic 
congestion occurs. He estimated the cost of installing such signals at 
$4,000. The Commission approved the expenditure by unanimous vote. 


The Commission considered and denied the claim of Joseph Teresi and 
Agostino Galluzzo, and the claim of Mr. and Mrs. G. H. Huthman, Portland, for 
damages arising out of the construction of the Ross Island-Schiller Street 
Section of the East Portland-Oregon City Highway, in East Portland. 


The Attorney reported as follows on the status of acquisition of 
right of way needed for the new Columbia River Highway, in the vicinity of 
Bridal Veil. He said that he contacted the officers of the Bridal Veil Tim- 
ber Company, the Union Central Life Insurance Company, and Minnie T. Reed, 
all of whom own property needed by the state for this improvement; that he 
offered the Bridal Veil Timber Company 950 per acre for its land, or a total 
of $900, but the company demands $4,500 for the same and will absolutely not 
reduce its price. He recommended acquisition of this property by condemna- 
tion. He also said that the insurance company owns 192 acres, for which it 
demands the sum of $20,000, whereas he values the property at $6,500, and Mr. 
Parker, right of way buyer, estimates its value at $5,600. He explained that 
the 192 acres is not all needed for right of way, but « considerable portion 
thereof is valuable for park purposes. He recommended, in view of the fact 
that the company will not settle on a reasonable basis, that its property be 
acquired ‘by condemnation in two suits, one for the right of way and the other 
for park. 


Relative to the Reed property, the Attorney advised that Mrs. Reed 
and several other property owners in this district are now occupying land 
that belongs to the State Highway Commission, being the land that the Commis- 
sion acquired from the State Land Board, between the low- and high-water 
mark of the Columbia kiver. He inquired what procedure to take in connection 
with these people and was instructed by the Commission to notify all of them 
that they are occupying state lend and to ask them to vacate the premises. 
The Commission also instructed and authorized the Attorney to condemn the 
properties of the Bridal Veil Timber Company and the Union Central Life In- 
surance Company, as he recommended. 


The Attorney also reported on his coatact with Mr. George Joseph, 
Jr., relative to acquiring right of wey for this highway across the Joseph 
property at Latourell Falis, which property is located on an island in the 
Columbia River at this point. He said that Mr. Joseph owns 277 acres on this 
island and 110 acres additional on the mainlend, on which a dairy ranch is 
being maintained, and, while Mr. Joseph appeared willing to sell the island 
property at a reasonable figure, he is fearful that the dairy business on the 
other tract will be handicapped because there is not sufficient feeding 


SEP14 1937 


+ 
y 
“) 


o 


iGie 


lowered in order to provide for construction on a permanent basis. It was his 
thought that, if the highway is to be rebuilt, the job should be done right 
and on a permanent basis; otherwise, it would have to be changed at some fu- 
ture date, which would be very costly from the standpoints of both construc- 
tion and right of way. 


_ Chairman Cabell advised that public opinion today demands that high- 
ways be lorated on better alignment than they have been in the past; and that 
the present #ighway Commission, in an endeavor to satisfy these demands, is 
reconstructing them for permanency so as to eliminate necessity for rebuild- 
ing them later on. Surveys for the improvement of the Oregon Coast Highway 
between Siletz River and Newport, he said, were conducted in accordance with 
such policy, and the Commission, after careful study, adopted a location that 
it considered sound and best for through traffic. He favored the change as 
his duty to the general traveling public. Commissioner Aldrich stated that, 
in his opinion, if the highway is to be rebuilt, it should be placed where 
it belongs. Commissioner Tou Velle favored the change as recommended by the 
Engineer. This concluded the conference. 


Mr. U. G. Walker, Portland, came before the Highway Commission in 
regard to a right of way matter at Cottage Grove. He gave as his understand- 
ing that the Commission has plans to reroute the Pacific Highway through Cot- 
tage Grove end in connection therewith needs a small portion of certain prop- 
erty that he owns near the corner of Ninth and Main Streets, and needs also 
all but a small portion of the adjoining lot at the southwest corner of this 
intersection, which is owned by another party. He expressed his fear that 
someone will erect a building on this small tract, which would hurt the bus- 
iness on his property; so, in order to avoid such condition, offered to do- 
nate to the stete the fraction of his lot that the state needs for right of 
way if the state will purchase all of the adjoining lot rather than only a 
portion thereof, both tracts being triangular in shape and about the same 
size. The Engineer gave as his thought that the state should own the extra 
area in order to preserve unobstructed vision at this intersection. The Com- 
mission thereupon informed Mr. Walker that his proposition will be considered 
and that he will be advised later whether or not it is accepted. The matter 
was referred to the Attorney for investigation and report. 


The Engineer brought up for discussion the matter of providing 
greater safety for traffic at the approaches to the Ross Island Bridge in 
Portland, particularly at the intersection of Powell Boulevard and Milwaukie 
Avenue on the east side of the bridge and at the intersection at the west end 
of the bridge. He presented « plan prepared by the State Traffic Ingineer, 
John Beakey, and the City Traffic Mgineer, F. T. Fowler, which provides for 
the installation of special traffic lights at the intersection of Milwaukie 
Avenue and Powell Boulevard, and the construction of strips for the division 
of traffic on both approaches to the bridge, and the removal of the monument 
now located in the intersection at the west end of the bridge. He estimated 
that the cost to instell the traffic signals and construct the strips or 
safety islands would amount to about $16,000, and recommended the expenditure. 
after careful study and considerable discussion, the Commission approved the 
project by unanimous vote, subject to the condition.that the strips for the 
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Marshfield Section of the Oregon Coast Highway 
Mullen-Flanagan Estate 
Mary Berg 
Saddle Mountain Park Road 
Grand Rapids-Oregon Timber Compary 
Wall Creek-Siskiyou Section of the Pacific Highway 
Ralph I. Robertson and Hannah D. Robertson 
Orient Section of the Mount Hood Highway 
S. Takaki 


as their respective interests may appear, and this Commission does 
hereby declare further that the said property or properties are 
necessary, are needful, and the acquisition thereof will be of ad- 
vantage to the State of Oregon for right of way purposes in order 
to meke it possible for the State Highway Commission to properly 
locate, construct, and maintain said portion or portions of the 
said state highway system in accordance with standards adopted by 
this Commission relative to curvature, grades, alignment, drein- 
age, and factors of safety. 


2. That the State Highway Engineer be and he hereby is 
instructed and directed to properly survey the parcel or parcels 
of land required for such right of way purposes and prepare prop- 
er and adequate descriptions thereof, which descriptions shall be 
employed in the preparation of a deed or deeds or other instru- 
ment or instruments necessary to complete the acquisition of the 
said property or properties or which descriptions may be used in 
the preparation of a complaint in the event that condemnation pro- 
ceedings are necessary. 


3. That the boundaries of the said parcel or parcels of 
lend, as defined and determined by the said survey made by the 
said Highway Engineer, along the route or location adopted by the 
Highway Commission, shall be and the seme hereby are adopted and 
the lands defined therein are hereby declared to be and the same 
are included within the rights of way of the said portion or por- 
tions of the said state highway system anc hereby are declared to 
be necessary for the proper location, improvement, construction, 
and maintenance of the said portion or portions of the state high- 
way systen. 


4. That I. H. Van Winkle, Attorney General of the State 
of Oregon, and J. M. Devers, Assistant Attorney General and Attor- 
ney for the State Highway Commission, be and they are hereby re- 
quested, authorized, and directed to attempt to agree with the 
owner or owners and/or with the tenants or persons in possession, 
if there be any, of said parcel or parcels of land with respect to 
the compensation to be paid for the taking of the same and the 
damage, if there be any, and in the event that no satisfactory 
agreement or agreements can be reached, then it is hereby furtuer 
resolved that the Attorney General of the State of Oregon, and 
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15 per acre; (2) 
asks the sum of $5,000; wherear (5) Mr. Joseph wants $11,000 for the 277 
acres m the island. The Commission considered that Mr. Joseph's offers were 
reasonable but deferred definite action thereon pending personal inspection 
of _ premises to determine which of the offers it would be advisable to ac- 
cept. 


The Attorney reported that there have been various properties or- 
dered acquired on which he has been unable to reach agreements with the va- 
rious property owners, and requested authority to institute condemnation pro- 
ceedings in the event that further negotiations fail. The Comaission ap- 
proved the request and by unanimous vote adopted the following resolution in 
regard thereto: 


WHEREAS, the State Highway Commission is by law author- 
ized and directed. to lay out, locate, designate, construct, improve 
and maintain a system of state highways in the Stete of Oregon,and 
to acquire rights of way and to declare the necessity and need for 
the acquisition thereof, end the advantages to be gained thereby; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission as follows: 


1. That the State Highway Commission does hereby find 
and declare that it is necessary end will be of advantage to the 
State of Oregon and there is need that the state acquire for 
right of way purposes in connection with the permanent location, 
construction, improvement, and maintenance of the foilowing sec- 
tion or sections of the state highway system of the State of Ore- 
gon. to wit: 


Troutdale-Multnomah Falls Section of the Columbia 
River Highway 

Marshfield Section of the Oregon Coast Highway 

Saddle Mountain Park Road 

Wall Greek-Siskiyou Section of the Pacific Highway 


Orient Section vi the Mount Hood Highway 
land and property owned by or in possession of the following par- 
ties and/or persons, to wit: ; 


Troutdale-Multnomah Falls Section of the Columbia 
River Highway 
Union Central Life Insurance Company 
Bridal Veil Timber Company 
Minnie T. Reed 
(Continued on next page) 
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Commission approved in oe’ the Location of the site but referred to the 
Engineer the matter of designating the location for the maintenance build- 
ings which are to be constructed thereon. 


Mr. John B. Yeon, Jr., Pottland, was present ond discussed briefly 
with the Commission matters pertaining to a proposed parkway up the Columbia 
River Gorge between Troutdale and Multnomah Falls. He mentioned the possi- 
bility of securing federal funds f-r the construction of such parkway, the 
matter having been brought to his attention by a representative of the Na- 
tional Park Service in Washington, D. C. As a result of a short discussion 
ef this matter, the Commission decided to contact the Chief of the National 
Park Service in Washington, D. C., during the week of the annual meeting of 
the American Association of State Highway Officials in Boston, which meeting 
the members of the Commission plan to attend. 


The Engineer reported receipt of a complaint from Mr. Frank Forth, 
Ashland, resulting from the construction of the Pacific Highway (new route) 
over the Siskiyou Mountains, in Jackson County. It appears that Mr. Forth 
is grieved because he has not been given permission to construct a trestle 
from the new highway grade, a short distance north of Siskiyou Station, to 
a store and service station which he proposes to build on piling outside of 
the 100-foot highwey right of way. The Engineer advised that the grade of 
the highway at the point where Mr. Forth proposes to construct his buildings 
is at least 50 feet higher than the property owned by Mr. Forth and it is 
totally incomprehensible to him how Mr. Forth expects to construct a store 
building at the roadway level outside of the highwey right of way limits. 
He further advised that this is 4 mountain section where it will be neces- 
sary to use all of the highway right of way on which to deposit snow from 
snow-removal operations, so it would not be possible or practicable to per- 
mit the encroachment of buildings thereon and it is impracticable to con- 
struct buildings off the highway right of way to serve the traveling public. 
The Engineer advised that in his reply to this communication he informed Mr. 
Forth that the Commission regrets the circumstances but apparently there is 
nothing the Commission can do in the matter. He read aloud his lette> which 
the Commission approved by unanimous vote. 


The Commission considered and approved the claim of the Northwest 
Cities Gas Company for reimbursement in the amount of $515.27 for expense in- 
curred by the company in revising its facilities in the city of Pendleton to 
accommodate the construction of the Bast Pendleton Overcrossing Project. 


The Engineer requested authority to purchase at a cost of about 
$89.00, a portable air-blower for use in connection with the transmission of 
radio messages from the car of Mr. William R. Patton, Radio Supervisor. He 
explained that Mr. Patton has been experiencing considercble difficulty with 
at least two of the radio transmitters, because of accumulated dust in in- 
accessible places, which ceuses shortages in the current; and that the blow- 
er, which would be carried with him on his trips to the various stetions, 
@ould be used to good advantage in cleaning out the transmitters and avoid- 
ing this nuisance. T.u.2 Commission approved the purchase by unanimous vote. 
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J. M. Devers, Assistant Attorney General and Attorney for the State 
Highway Commission, be and they hereby are requested to commence and 
prosecute to a final determination such suit or action, or suits or 
actions, as may be necessary and appropriate to acquire title to the 
said premises and ail rights therein for the purposes herein stated. 


5. That this resolution be entered in full in the minutes 
and records of this Commission. 


The Attorney also reported results of further negotiations with Mr. 
Ralph I. Robertson for the disposition of his claim for demayes arising out 
of a slide that occurred by reason of the construction of the Pacific High- 
way (new route) across Mr. Robertson's property in the Siskiyou Mountains 
south of Ashland, Jackson County. He said that Mr. Robertson will not sell 
any more of his property Lut insists that his claim be settled by the payment 
of $2,500 cash, and, if the state will settle on such basis, he will sign a 
statement relieving the State Highway Commission from further responsibility 
and liability in the event that the slide continues doing further damage to 
his land. The Commission refused to accept settlement on such basis and in- 
structed the Attorney to institute condemnation proceedings to acquire a suf- 
ficient amount of Mr. Robertson's land to take in the slide area, which the 
Engineer estimates would be about 20 acres. 


The Attorney presented a letter from City Commissioner Ormond R. 
Bean, Portlend, relative to acquisition by the State Highway Department of 
various parcels of city-owned property on the proposed East Lombard Street ex- 
tension. The Commission referred this matter to Chairman Cabell with power to 
act. 


The Attorney reported receipt of a letter from the Eastern Oregon 
Light & Power Company, La Vrande, requesting that the Commission deed back to 
the company certain land that wes acquired from the company for right of way 
in connection with the construction of the Le Grande Undercrossing Project. 
He explained that the Power Company deeded this property in the first instance 
without cost and that a portion of it is outside of the standard width highway 
right of way and is not needed by the state for highwey purposes, but, accord- 
ing to the company, is valuable for their use. He recommended compliance with 
the request. The Engineer advised that the property in question is not needed 
for the highway and he concurred in the recommendation. The Commission there- 
upon by unanimous vote ordered that the excess property be deeded back *o the 
Eastern Oregon Light & Power Company. 


Landscape Engineer Otten was present and reported that on September 
third he and Division Fngineer Chandler inspected the site of the proposed 
maintenance headquarters and oasis at a place known as Brothers, on the Cen- 
tral Oregon Highway, in Deschutes County, and it is their joint recommendation 
that the Commission acquire a site on the north side of the highway just east 
of the group of store buildings in Brothers and at the junction of the high- 
way with a county road, because it is satisfactory from the oasis standpoint 
and apparently satisfies all maintenance requirements. After discussion, the 
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clause and extend the contract for a period of one year if, after studying 
the contract, the Attorney is convinced that it can be extended for such a 
period; otherwise, that the contract be extended for a two-year period. The 
Commission approved the Engineer's recommendation by unanimcus vote and re- 
ferred the matter to the Attorney to handle. 


The Engineer reported that on September 4, in accordance with au- 
thority previously granted him by the Commission, he awarded to J. C. Comp- 
ton the contract for the Tillamook County Oiling Project, for which Mr. Comp- 
ton submitted the low bid on August 12, 1957; and that on September 10 he 
awarded to Berke Bros., Inc., the contract for clearing on the Arch Cape- 
Beach Creek Section of the Oregon Coast Highway, in Clatsop end Tillamook 
Counties, for which project Berke Bros., Inc., submitted the low bid on Au- 
gust 12. The Commission by unanimous vote cpproved the award of the con- 
tracts es reported by the Mgineer. 


Consideration was given by the Commission to a letter, dated Au- 
gust 25, 1957, from Mr. Charles P. Pray, Superintendent of the Department of 
State Police, relative to the reclaiming of special carrier permit pletes, is- 
sued by the Fublic Utilities Commissioner, of Logging operators who have been 
arrested for transporting loads weighing in excess of the statutory load lim- 
its. The Commission approved the suggestion offered by Mr. Pray and by unan- 
imous vote adopted the following resolution in regard thereto: 


WHEREAS, before issuing a special carrier permit for the 
hauling of logs over a state highway the Highway Commission is 
called upon by the Commissioner of Public Utilities to submit in 
writing such recommendations or suggestions as in the opinion of 
the Commission should be imposed for the protection of the highway 
{involved and as will be for the best interests of the general pub- 
lic; and 


WHEREAS, by virtue of the provisions of Section 55-1353, 
Oregon Code 1950, as amended, the Public Utilities Commissioner is 
required to revoke, upon a recommendation of the Highway Commis- 
sion with respect to a state highway, 4 special carrier permit 
when, in the judgment of the State Highway Commission, such revo~ 
cation is required in order to preserve the highway or highways in- 
volved; and 


WHEREAS, it appears that arrests and fines imposed after 
conviction in and of themselves do not result in adequate protec- 
tion to the highway, nor do they in many instances effect a con- 
trol and prohibition of overloading, and, therefore, as a result 
of a conference held in the office of the Public Utilities Commis- 
sioner and attended by members of the Highway Department, repre- 
sentatives of the log hauling industry, the Public Utilities Com- 
missioner and members of his staff it was mutually agreed that the 
State Highway Commission, before recommending or requiring the 
cancellation of a permit of a special carrier arrested on a charge 
of having an overload of logs, should offer the arrested person an 
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The Engineer requested authority to advertise for bids for the fur- 
nishiag of crushed rock materials for the following maintenance projects: 


1. Alsea Highway: i 
Between the summit east of Alsea and end of oil west of A 
Alsea. 6000 Cu. Yds. at $2.00 $12,000 


Between Eddyville-Burnt Woods 8000 Cu. Yds. 


a ee Secondary Hwy. 2000 Cu. Yds. 
near Eddyville 10000 Cu. Yds. at (2.00 20,000 


5. Oregon Coast Highway: 
Between Hebo and Neskowin 
McMinnville-Tillamook Highway 


Between Hebo and Dolph 6000 Cu. Yds. at $2.00 12,000 
4. Columbia River Highway: 
M.P. 58.2 to 76.3 5500 Cu. Yds. 
Mt. Hood Loop Highwey: 
M.P. 100.0 to M.P. 104.21 1500 Cu. Yds. 
7000 Cu. Yds. at $2.00 14,000 


5. Columbia River Highway: 
M.P, 100.0 to 120.0 6000 Cu. Yds. at 42.00 12,000 


6. The Dalles-California Highway: 
M.P. 74.51 & 95.73 6500 Cu. Yds. at $1.60 10,400 


7. The Dalles-California Highway: 
M.P. 193.0 to 214.0 6000 Cu. Yds. at $1.75 10,500 


8. Mt. Hood Highway: 
Between Rhododendron and Bennett Pass 
Wapinitia Highway: 
Between Mt. Hood and Bear Sprs. 14,000 Cu. Yds. 36,500 


The Commission approved the first seven of these projects without alteration 
but ordered further investigation of project No. 8 for the furnishing of 
14,000 cubic yards of materials for the Rhododendron-Bennett Pass Section of 
the Mt. Hood Highway and for the Mt. Hood-Bear Springs Section of the Wapi- 
nitia Highway, which is estimated to cost $56,300. 


The Commission had under consideration the matter of extending the 
contract with Mr. Julius Gunnell for furnishing ferry service across Coos 
River cn the Coos River Secondary Higuway, in Coos County, which contract is 
designated as state highway contract No. 1755, and expires on September 50, 
1937. He explained that the present contract contains a provision for the 
extension of the existing contract for a period of two years or any portion 
thereof. He recommended, in view of the fact that funds are not available to 
finance a bridge at this point, that the Commission take advantage of this 
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: b. When the arrest is for the second offense 
| for overloading the plates shall be held for twenty cays. 


c. When the arrest is for the third offense 
for overloading the plates shall be held for thirty days. 


3. At the expiration of the time for which the surren- 
dered plates are to be held the District Maintenance Supervisor 
into whose custody the plates have been delivered by the arrest- 
ing officer shall return said plates to the arrested person upon 
request or demand of such arrested person and said plates may be 
again attached to the vehicle involved and the vehicle may then 
be returned to service. 


4. In the event an arrested party refuses to surrender 
the P.U.C. plates, then the Commission shall request the Public 
Utilities Commissioner to revoke the permit held by such arrest- 


ed party. 


5. In the event the amount of overload per axle is not 
in excess of 1500 pounds in excess of the limit prescribed or 
fixed by law, then the arrested perty shall not be required or 
requested to surrender his P.U.C. plates; provided, however, 
that this tolerance provision shall not be construed to in any 
way relieve the arrested party from the penalty fixed by law in 
the event such arrested party pleads guilty to the charge, or 
upon trial is found guilty. 


6. That this resolution be entered in the official 
minutes of the Commission and a duly certified copy thereof de- 
livered to the Superintendent of State Police and a duly certi- 
fied copy thereof delivered to the Public Utilities Commission- 
er. 


The Commission thereupon signed a letter directed to Honorable Chas. 
P. Pray, Superintendent of the Department of State Police, transmitting a copy 
of said resolution and requesting his cooperation in carrying out the pro- 
visions thereof. The Secretary was instructed to forward a copy of said 
resolution anc of said letter to Honorable N. G. Wellace, Public Utilities 
Commissioner, and to request Mr. Wallace to indicate either by endorsement on 
such letter or independently thereof his concurrence therein so that the same 
may be transmitted to the Superintendent of the Department of State Police 
for his information. 


The Engineer reported that revised estimates indicate that it will 
cost about $8000 per mile to install a lighting system along the East Port- 
land-Oregon City Highway between the Koss Island Bridge in Portlend and the 
town of Milwaukie, or about twice the amount of the original estimate of $4000 
per mile. He said that he was prepared to recommend the installation at the 
lower figure but not on the basis of the present estimate. After a brief 
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opportunity to surrender his P.U.C. plates and take out of service 
for a period to be fixed by the Commission the offending vehicle; 
and 


WHEREAS, it is recognized that the Highway Commission is 
without authority to require the surrender of P.U.C. plates, but 
the Commission does have authority to require the revocation of a 
permit, which revocation would remove from service all of the ve- 
hicles operated by the said arrested permittee; and 


WhREAS, the voluntary surrender of the P.U.C. plates 
for a fixed period of time in lieu of the revocation of the permit 
was, in the opinion of those attending the said conference, equit- 
able and in the interests of the highways involved and of the log- 
hauling industry as well; and 


WHEREAS, to accomplish the results of said conference 
and provide e procedure it is recommended that, upon the arrest of 
a permittee or person charged with the offense of overloading, the 


axresting officer shall give to the arrested person an opportunity 


to surrender to the arresting officer his P.U.C. plates carried on 
the overloaded vehicle, such plates to be held for the period fixed 
by the — Commission. 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by t 
Highway Comission, all members being present and erficentively. 
voting, as follows: 


1. That Charles P. Pray, Superintendent of State Police, 
be and he hereby is respectfully requested to instruct the members 
of his department, upon arresting a log hauler for the offense of 
having an overload on his truck, trailer or other vehicle to take 
from and hold for the period fixed by the Commission and by this 
resolution the P.U.C. plates carried on the offending or overload- 
ed vehicle at the time of the arrest; provided, however, that such 


plates shall be taken by the arresting officer from the arrested 
person only in the event the arrestec party voluntarily surrenders 


the same. Should the arrested party refuse to surrender the P.U.C. 
plates such refusal shall be promptly reported to the Highway Com- 
mission by the arresting officer. Upon delivery of the P.U.C. 
plates to the arresting officer by the arrested person the arrest- 
ing officer shall deliver such plates to the District Maintenance 
Supervisor in charge of the highway over which the overloaded ve- 
hicle was being moved at the time of the arrest. 


2. That the period for which such P.U.C. plates shall 
be held shall be as follows: 


a. When the arrest is for the first offense 
of overloading the plates shall be held for ten days. 


Monday, October 11, 1957. All members of the Commission indicated that they 
would be present at the meeting if at all possible. The Secretary was in- 
structed to so inform Mr. Miller and to thank him for his kind invitation. 


A letter was presented from Tillamook County Court, in which the 
Commission was urged to complete the unfinished portion of the Little Nes- 
tucca Secondary Highway, in Tillamook County, which would require approxi- 
mately eight miles of construction work. The Commission ordered the commu- 
nication filed and the County Court informed that the Commission will give 
this project consideration along with others in the formulation of its future 
construction programs. 


A telegram was presented from the John Day Lions Club Road Commit- 
tee, John Day, Oregon, urgently requesting the award of a contract, not later 
than October, 1957, for the construction of the John Day-Prairie City Sec- 
tion of the John Day Highway. The Secretary was instructed to inform the 
committee that the Commission has this project in mind and intends to award 
a contract for the same as soon as possible. 


The Commission considered and ordered filed a ietter from Ben C. 
Flaxel, District Attorney for Coos County, concerning the prosecution of Mr. 
R. J. Lewis, who was arrested for transporting over e state highway in Coos 
County a load of logs weighing in excess of the statutory weight limits, 
said letter being dated September 4, 1957. 


A letter was presented from Mr. S. W. Maupin, Woodburn, requesting 
permission to erect a sign partially over the right of way of the Pacific 
Highway in front of his tourist camp et Vioodburn. The Commission denied the 
request upon recommendation of the Engineer. 


The Engineer brought up for discussion the advisability of construct- 
ing two safety islands at the Oak Grove Avenue intersection of the East Port- 
land-Oregon City Highway, in Clackamas County for the added protection of pe- 
destrians who are obliged to cross the highway at this point. He estimated 
thet such islands would cost about 5,000. The Commission deferred action on 
this matter pendinz its return from the annual meeting of the American Asso- 
ciation of State Highwey Officials in Boston, it being the Commission's de- 
sire to discuss safety matters of this kind with other highway officials at 


such meeting. 


The Secretary presented resolutions from the County Court of Baker 
County, as follows: (1) resolution requesting that Robinette Secondary High- 
way No. 412 be extended northwesterly from its present terminus in the town 
of Robinette, a distance of 5.8 miles to a connection with the Baker-Home- 
stead Primary State Highway; (2) resolution requesting the elimination and 
removal from the secondary state highway system of that portion of the Robin- 
ette-Homestead Secondary Highway which extends southerly from the town of 
Homestead a distance of approximately four miles to a point near the mouth 
of Pine Creek. The Engineer recommended approval of both of these resolu- 
tions, He explained that the second one is required simply to clarify a con- 
fusing situation, this particular section being also a unit of the Baker- 
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discussion the Commission decided to defer action on this matter until it re- 
turns from the annual convention of the American Association of State Highway 
officials in Boston, Massachusetts, during the last week in September, it be- 
ing the desire of the Commission to discuss highway lighting with other state 
highway officials at such meeting. 


The Engineer reported receipt of information to the effect that the 
City Council of Salem has taken action which will not permit the city to co- 
operate in the cost of lighting the undercrossing recently constructed on the 
Pacific Highway at the north city limits of Salem. He pointed out that it is 
the established policy of the Commission to require cities to assume a por- 
tion of the cost of lighting such structures and gave as his thought that the 
city of Salem should not be relieved of such expense, in view of the fact that 
it would establish a precedent that would be difficult to avoid in disposing 


of similar preplens throughout the state. The Commission concurred in the 
viewpoint of the Ingineer. 


The Engineer requested authority for Mr. N. M. Finkbiner, Materials 
Engineer, to attend a meeting of the Materials Engineers! Committee of the 
Western Association of State Highway Officials which is to be held in Salt 
Lake City on September 20 and 21, 1957, Mr. Finkbiner being a member of that 
committee. The Commission approved the request by unanimous vote, subject to 
confirmation by Governor Martin, the expense of the trip to be paid with 
state funds. 


The Commission considered and ordered filed a letter from the Neigh- 
borhood Community Club, Portland, to the Portland City Commission, objecting 
to the construction of a highway across Duniway Park, in south Portland. 


The Commission also considered and urdered filed a mimeographed let- 
ter prepared by the Road Committee of the Wasco County Granges and directed 
to all county courts of Oregon, all senators and legislative representatives, 
all granges and newspapers and farmers of Oregon, and all highway and school 
officials, relative to the subject of school bus and mail route roads. 


A letter was presented from Mir. Walter W. Larsen, County Mgineer 
of Linn County, stating that Warren Northwest, Inc., which has a contract 
with the State Highway Commission for the reconstruction of the Shedd-Halsey 
Section of the Pacific Highway, in Linn County, has done considerable damage 
to county roads by reason of heavy hauling over such roads in connection with 
the performance of their contract; and inquiring wrat procedure should be 
followed by the county to guarantee the repair of the roads and restoration 
of the same to their original condition. The Engineer gave as his thought 
that inasmuch es the damage occurred as a result of the operations 2f the 
state's contractor, the state should be responsible for repairing the roads, 
and he recommended that this be done at state expense. The Commission ap- 
proved the recommendation by unanimous vote. 


The Secretary presented a letter from Mr. Ed. W. Miller, Manager of 
the Oregon Coast Highway Association, inviting the members of the Commission 
and its staff to attend the annual banquet of the Association in Astoria on 
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That this resolution be entered in the minutes of the 
Commission and a duly certified copy thereof mailed to the County 
Court of Baker County. : 


WHEREAS, under the provisions of Chapter 248, Laws of 
1931, and Chapter 196, Laws of 1935, the State Highway Commission 
by mutual agreement with the respective county courts of the sev- 
eral counties of the State, is authorized and empowered to select, 
locate and designate a system of secondary state highways, which 
highways shall be selected from the market roads or other county 
= or available locations or routes of the several counties; 


4 WHEREAS, the State Highway Commission, by mutual agree- 
ment with the Baker County Court of the State of Oregon, has here- 
tofore selected end regularly adopted, as provided by law, the 
Robinette-Homestead Secondary Highway No. 412; and 


WHEREAS, it is now the intention of the State Highway 
Commission, by mutual agreement with the Baker County Court of 
the State of Oregon, to eliminate from the system of secondary 
state highways, under the provisions of Chapter 196, Laws of 
1935, the hereinafter described section of the Robinette-—Home- 
stead Secondary Highway No. 412; and 


WHEREAS, it is mutually understood and agreed by the 
State Highway Commission and the Baker County Court of the State 
of Oregon, that from and after the adoption of this resolution 
by the State Highway Commission, the hereinafter described sec- 
tion of the Robinette-Homestead Secondary Highwey No. 412 shall, 
under the provisions of Chapter 196, Laws of 1935, be eliminated 
and removed from the secondary highway system of Baker County; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission, all members being present and affirma- 
tively voting and participating, as follows: 


1. That the following described section of tix Robin- 
ette-Homestead Secondary Highway No. 412 is hereby elimirs’ ed and 
removed from the secondary state highway system, to wit: 


A section of the Robinette-Homestead Secondary Highway 
No. 412, described as follows: 


A portion of the Robinette-Homestead Secondary Highway 
No. 412 beginning at a point near the mouth of Pine Creek; 
thence extending in a northerly direction to Homestead, @ 
distance of approximately 4 miles. 


2, That the said above described section shall be and 
is hereby declared to be eliminated and removed from the secondary 
system of highways, as provided in Chapter 196, Oregon Laws 1935. 
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Homestead Primary Highway. It appearing to the Commission that the County 
Court's resolutions are in conformity with the Commission's previous agree- 
ment and understanding with the county, the Commission approved the request 
and by unanimous vote adopted the following resolutions in regard thereto 
upon motion of Commissioner Aldrich, which was duly seconded by Commissioner 
Tou Velle: 


WHEREAS, under the provisions of Chapter 246, Laws of 
1951, the State Highway Commission, ty mutual agreement with the 
respective county courts of the several counties of the state, is 
authorized and empowered to select, locate and designate a system 
of secondary state highways, which highways shall be selected 
from the market roads or other county roads, or available loca~ 
tions or routes of the several counties; and 


WHEREAS, the State Highway Commission, by mutual agree- 
ment with the County Court of Baker County, has selected the route 
hereinafter named, and it is the purpose of the Commission to of- 
ficially and regularly designate and adopt said route as a highway 
to constitute, together with other highways which have heretofore 
been added and which may hereafter from time to time be added, a 
part of the system of secondary state highways of Baker County un- 
der the provisions of said act; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission, all members being present and affirma- 
tively voting and participating, as follows: 


That the following named route in Baker County be and © 
the said route is hereby selected, designated, established, adopt- 
ed, and approved as a secondary state highwey and shall be and is 
hereby designated as a part of the secondary state highway system, 
to wits 


An Extension of Robinette-Homestead Secondary Highway 
No. 412: 
Beginning at the junction of the Baker—Homestead 


Primary State Highway with Market Road No. 4 in Baker 
County; thence in an easterly direction along Powder 
River to the south end of the Robinette-Homestead Sec- 
ondary Highwey No. 412, a distance of approximately 
3.8 miles. 


That said route shall be, and is hereby qualified for in- 
provement under the provisions of said Chapter 248, Oregon Laws 
1951, and amendments thereof; 


That the Engineer be, and he hereby is authorized to | 
make proper surveys with respect to the physical location upon the | 
ground of the said route and properly file in the records of the | 
Commission all of said data; 


Timber - 19-2204 


Preserve 
Crossing - 9-2814 
Signals 


Quarry - 21-2816 


Crossing - 56-2814 


Signals 


Quarry &- 1-2809 


Stock Pile 


Quarry & - 101-2807 
Stock Pile 


Quarry &- 1-2808 


Stock Pile 


Crossing - 233-2811 
Signals 


Park 


Quartz Mountain - Klamath Falls-Lakeview Highway - 
lst Authorization - § 300.00 - Total - $ 300.00 


Redmond - Ochoco Highway 
lst Authorizstion - $ 175.00 - Total - § 175.00 
Eddyville-Burnt Woods-Nashville - Corvallis-Newport & 
Eddyville-Blodgett - 
lst Authorization - $ 250.00 - Total - § 250.00 
Two near Carlton and 
One near Sheridan and 
One near Willamina 


lst Authorization - ¢ 300.00 - 


- Tualatin Valley and 
McMinnville-Tillamook Hwys.- 


Total - § 500.00 


Love Bridge-Black Bridge - Baker-Homestead Highway - 
lst Authorization - $ 200.00 - Total - ; 200. 


East Unit, Missouri Flat - Medical Springs Secondery Hwy. 
lst Authorization - $ 100.00 - Total - % 100.00 


Gibbs Ranch-County Farm - Baker-Unity Highway - 
lst Authorization - $ 100,00 - Total - § 100.00 
The Dalles, Tank Farm-Railroad Crossing ~- Tank Farm 
County Road 
lst Authorization - § 175.00 - Total - $ 175.00 
Golden and Silver Falls - Coos River Secondary Highway - 
lst Authorization - § 350.00 - Poteal - $ 550.00 


The motion was duly seconded by Commissioner Tou Velle and was declared by 
Chairman Cabell to have carried by the unanimous vote of the Commission. 


The Commission had under consideration the following requests for 
extensions of time within which to complete highway construction projects: 


Fred H. Slate, Contract No. 1756, for grading the Nehalem River- 
Rock Creek Section of the Wolf Creek Highway, in Clatsop County, re- 
quested an extension of time from November 30, 1936, to August 19, 


1987, within rich to complete this project. 


He attributed his de- 


lay in completing the project within the specified time limit to the 


following reasons: 


extreme wetness of material to be handled; uwn- 


stable condition of fill foundations and foundations for drainage 
structures, making much extra work and unavoidable delays; inability 
to make wet material stand up or hold its own weight in fills when 
handled rapidly; extra time required to remove slides; and extremely 


short working season in 1936. 


The Engineer advised that the reasons 


given by Mr. Slate for failure to complete the project within the 
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3. BE IT FURTHER RESOLVED that from and after the adop- 
tion of this resolution the Robinette-Homestead Secondary Highway 
No. 412 shall be known as the Robinette-Copperfield Secondary High- 
way No. 412. 


The Engineer reported that in conformance with authority previous- 
ly granted him by the Commission he has ordered a number of surveys since 
the last meeting of the Commission. He presented the list of such surveys 
and asked the Commission to confirm the action. After due consideration 
Commissioner Aldrich moved that the State Highway Engineer be authorized and 
instructed to make such location surveys on various sections of the hi 
of this state, which said sections of highways, together witth their identify- 
ing survey numbers and the amounts authorized and allocated for survey expendi- 
tures are as follows: 


Location - 226-2830 - Lombard-Sandy 3lvd., County Road - 5.0 miles - 


2nd Authorization - $1,500.00 - Total - $3,000.00 

2rd Authorization ~- $1,000.00 - Total - $4,000.00 
Location - 135-2807 - Shoofly Creek - Service Creek-Mitchell - 

lst Authorization - $ 200400 - Total - $ 200.00 
Recon. -—- 18-2820 - Gilchrist Logging R.R. Crossing - Willamette Highway - 

lst Authorization - $ 500.00 - Total - $ 500.00 


Location - 121-2815 - Reed Creek-Bear Creek - Siletz Secondary Highway 
lst Authorization - $ 250.0C - Total - $ 250.00 


Location - 18-2815 ~ Crooked Creek-Modoc Point - The Dalles-Calif.- 14.55 mi. 
2nd Authorization - $2,910.00 - Total - $7,275.00 


Location - 18-2818 - Chiloquin Preliminaries - The Dalles-Calif. Hwy.22.0 mi. 
2nd Authorization - $2,200.00 - Total - $7,400.00 


Location - 4-2803 - Commercial St.-Astor St.- Columbia River Hwy. - 0.5 mi. 
lst Authorization - $ 475.00 - Total - $ 475.00 


Location - 20-2818 - Cottage Grove - Pacific Highway - 1.7 miles - 
2nd Authorization - $1,700.00 - Total - $1,810.00 


Location - 10-2818 - "L" Street, Reedsport - Umpqua Highway 
lst Authorization - $ 300.00 - Total - $ 300.00 


~ 


Location - 6-2808 - Bandon Section - Oregon Coast Highway 
3rd Authorization - $ 300.00 - Total - $5,300.00 


Location - 26-2802 - Troutdale-Cascade Locks - Columbia River Hwy.-38.0 mi. 
3rd Authorization - $1,000.00 - Total - $56,000.00 
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was not completed within the specified time limit. He recommended, 
in view of the circumstances, that the extension requested be grant- 
ed without penalty, and presented a letter from the Bureau of Public 
Roads concurring therein. The Commission approved the recommenda- 
tion by unanimous vote. 


Dolan Construction Company, Contract No. 1933, for construction 
of a bridge over the North Fork Nehalem River on the Oregon Coast 
Highway near Mohler, in Clatsop County, requested an extension of 
time of 50 days, from August 31 to September 50, 1937, within which 
to complete this project. They attributed their failure to com- 
plete the project within the specified time limit to the fact that 
they were required to place rip-rap that was not contemplated in 
the original contract. The Engineer advised that this job was com- 
pleted within the specified time limit with the exception of the 
placing of the rip-rap mentioned by Mr. Dolan, rock for which had 
to be secured from a site that was available only after a certain 
logging road in the vicinity had been opened up for use. He fur- 
ther stated that this logging road will be available for use with- 
in the next few days and undoubtedly the rip-rap work will be fin- 
ished by September 50. He recommended, in view of the circum- 
stances, that the extension requested be granted without penalty, 
and submitted a letter from the Bureau of Public Roads concurring 
therein. The Commission approved the recommendation by inanimous 
vote. 


W. C. White, Contract No. 1942, for furnishing crushed gravel 
in stock pile for the Sage Hen Creek-Burns and Poison Creek-Burns 
Sections of the Central Oregon and John Day-Burns Highways, in Her- 
ney County, requested an extension of time, from June 15 to August 
15, 1937, within which to complete this project. He alleged that 
he was unable to start this job until he had completed his contract 
with the state for the construction of the Miles Bridge Section of 
the Medical Springs Secondary Highwey, in Baker County, Contract 
No. 1940, because his foreman was taken sick and he (Mr. White) was 
forced to assume direct supervision of both jobs for a period of 
two months. He further stated that the Miles Bridge contract was 
slowed down because of strike conditions on the coast, which de- 
layed furnishing of materials. He also seid that he wes delayed 
some two weeks by bad weather conditions, which forced him to close 
down his plant several times during the course of the work. The 
Engineer advised that Mr. White did not complete this project with- 
in the specified time limit solely for the reason that he was two 
months late in starting the work. He recomaended, nevertheless, 
that the extension requested be yranted without penalty, in view 
of the fact that sufficient materiale were furnished the state well 
enough in advance for maintenance operations during the current 
year and because the state hes incurred no extra expense for engi- 
neering supervision. The Commission approved the recommendation by 
unanimous vote. 
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specified time limit are correct. He recommended, in view of the 
circumstances, that the extension requested be granted without pen- 
alty and presented a letter from the Bureau of Public Roads concur - 
ring therein. The Commission approved the recommendation by unani- 
mous vote. 


McNutt Bros., Contract No. 1890, for grading Unit No. 3, McCal- 
lister Section of the Little Butte Secondary Highway, in Jackson 
County, requested an extension of time from May 31 to August 18, 
1957, in which to cenplete this project. They attributed their de- 
lay to the fact that they were not permitted to burn debris during 
the fall of 1936 because of danger of forest fires and were delayed 
in commencing operations in the spring of 1957 because of the muddy 
condition of the ground. The Engineer advised that the reasons giv- 
en by the contractor for failure to complete the project within the 
specified time limit are correct. He further advised that the trav- 
eling public has not been inconvenienced by the delay, neither has 
the state incurred say extra expense for engineering supervision. 

He recommended in view thereof that the extension requested be 
granted without penelty. The Commsssion approved the recommendation 
by unanimous vote. 


Schmeer, Williams « Gentemann, Contract No. 1918, for furnish- 
ing crushed gravel in stock pile for the Haines-Baker Section of 
the Old Oregon Trail, in Baker County, requested en extension of 
time from May Sl to October 15, 1957, in which to complete this 
project. They attributed their delay to the following: severe 
weather, which made it impossible to do any work in their gravel 
pit until late in the spring; interference of operations in the 
gravel pit with irrigation water which slowed up the progress of 
the work in order to let material dry out sufficiently to be : 
screened to meet the oil work specifications. The Engineer advised 
that the reasons given by the contractor for failure to complete 
the project within the specified time jimit are correct. He further 
advised that the State Highway Department has not been inconven- 
ienced by the delay because the contractor furnished sufficient ma- 
terials for this season's use well enough in advance to cause no in- 
terference witn the state's operations. He also stated that the 
state has incurred no extre expense for engineering supervision. He 
recommended that the extension requested be granted without penalty. 
The Commission approved the recommendation by unanimous vote. 


Tom Lillebo, Contract No. 1928, for construction of bridges 
over Rock Creek and Wallowa River on the Wallowa Lake Highway, in 
Wallowa County, requested en extension of time of 30 days, from Au- 
gust 15 to September 15, 1937, in which to complete this project. 
He attributed his delay to failure of the state to furnish right 
of way for this project, which required postponement of the award 
of the contract. The Mngineer advised that bids for this project 
were taken on October 1, 1936, but the contract was not awarded un- 
til October 29, 1936, which was undoubtedly the reason that the job 
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Averill & Corbin, Contract No. 1981, for the reconstruction of 
the west approach to the bridge over the Willamette River on the 
Salem-Dallas Highway, at Salem, in Polk and Marion Counties, re- 
quested an extension of time of 60 days, from August 31 to Octo- 
ber 81, 1957, within which to complete this job. They gave the 
foliowing reasons for such request: that at about the time they 
placed their order for treated timber that was to be used in con- 
nection with this job, a strike occurred in the logging camps, and 
the McCormick Lumber Company, with whom their order was placed, 
was unable to secure logs with which to fill the order; also, that 
after the job was started, it was necessary to add fire walls and 
strengthen the old bents, which work was not contemplated in the 
original contract and is now being accomplished on force account 
basis. The Engineer advised that this contract was awarded on 
April 28, 1937, and, due to labor troubles in the logging and 
sawmill industries, it was not until July 8, 1957, that delivery 
was completed on the treated timber. He further edvised that the 
contractor has attempted in every way to expedite the work and 
has worked double shifts to use all daylight possible. He fur- 
ther advised that the state has incurred no additional expense 
for engineering supervision, and recommended, in view of the cir- 
cumstences, that the extension requested be granted without pen- 
alty. The Commission approved the recommendation by unanimous 
vote. 
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The Engineer reported that contracts Nos. 1756, 1874, 1881, 1928, 
1942, 1945, and 1954, for the construction of state highway projects, have 
been completed according to the requirements of the contracts or modifica- 
tions thereof and that said jobs are now ready for acceptance. 


The following resolution accepting the above contracts was offered 
and was adopted by the unanimous vote of the Commission: 


WHEREAS, the Engineer has reported that the following 
State Highway Commission contracts for the construction of state 
highway projects have been completed according to the terms and 
provisions of the contracts and that said jobs are now ready for 
acceptance: 


Contract No. 1756, with Fred Slate, for grading 
and clearing the Nehalem River-Rock Creek Section on 
the Wolf Creek Highway, in Clatsop County. Completed 
August 18, 1937. 


Contract No. 1874, with Joplin & Eldon, for furnish- 
ing crushed rock and oiling work on the Criterion-Cow 
Cenyon Section of The DallesCalifornia Highway, in Was- 
co County. Completed July 51, 1937. 


Contract No. 1881, with Hoffman Construction Company, 
for construction of an overcrossing over the Southern 
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E. F. and W. F. Philpott, Contract No 1944, for construction 
of a bridge over Necarney Creek on the Oregon Coast Highway, near 
Nehalem, in Tillamook County, requested an extension of time, from 
August 31 to September 50, 1957, within which to complete this proj- 
ect. They attributed their delay to failure of the steel company 
to deliver structural steel for a period of four weeks after the or- 
der was placed, the steel company being unable to furnish this mater- 
ial sooner on account of being required to fabricate steel in con- 
nection with the new Capitol Building in Salem. They also alleged 
that their work wes neld up for a week during the month of June be- 
cause of inclement weather. The Engincer advised that there is no 
apparent reason for the contractor's failure to complete this proj- 
ect within the specified time limit, and that it is his recommenda- 
tion that the extension of time requested be granted, suvject to 
the condition that the contractor be required to reimburse the state 
for engineering expense incurred subsequent to the date of comple- 
tion specified in the contract. He submitted a letter from the Bu- 
reau of Public Roads concurring in this recommendation. The Commis- 
sion approved the recommendation by unanimous vote. 


H. L. Rice, Contract No. 1965, for furnishing crushed rock 
in stock pile for the Memaloose Park-Dillon and John Day River- 
Blal-ck Sections of the Columbia River Highway, in Gilliam, Sherman 
and Wasco Counties, requested en extension of time from August 15 to 
September 15, 1957, in which to complete this job. He « ttributed 
nis failure to complete the project within the specified time limit 
to bad weather conditions prevailing during the months of April and 
June. The Engineer advised that the reason given by the contractor 
for overrunning the specified time limit is correct. He further 
advised that the delay has caused no interfurence with traffic nor 
any loss to the state for engineering supervision or otherwise. He 
recommended that the extension requested be grented without penalty. 
The Commission approved the recommendation by unanimous vote. 


Babler Bros., Contract No. 1972, for constructing an oil mat 
surface treatment on the Valley Falls-Cinder Butte Section of the 
Lakeview-Burns 2nd Fremont Highways, in Harney and Lake Counties, 
requested an extension of time of ore year, from August Sl, 1937, 
to August 51, 1938, within which to complete this job. They stat- 
ed that this request is made necessary by reason of the fact that 
there is not sufficient mineral aggregate available to complete 
the job this year. The Ingineer advised that it is no fault of 
Babler Bros. that they will not be able to complete this project 
within the specified time limit, but the fault lies entirely with 
the Medford Concrete Construction Company which has the contract 
with the state for the furnishing of materials that are to be used 
by Babler Bros. in connection with their contract. He recomuended, 
therefore, that the extension requested by Babler Bros. be granted 
without penalty. The Commission approved the recommendation by 
unanimous vote. 
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Application for right of way needed for the improvement of the 
m River Highway across Indian land located in Section 33, 
T. 6 S., R. 10 Wey We M., in Lincoln County. 


There being no further business to come before the Commission at 
this time, the meeting was adjourned at 5:45 o'clock p. m. 


hair i” 
State Highwuy Engineer Commissioner _. 
Secretary 7 Commissioner Be 


Portland, Oregon, October 21, 1957. 


The State Highway Commission met at 8:00 o'clock p. m. in the Rose 
Room of the Benson Hotel. Present were: 


Henry F. Cabell, Chairman 

E. B. Aldrich, Commissioner 

F. T. Tou Velle, Commissioner 

R. H. Baldock, State Highway Engineer 

J. M. Devers, Attorney 

James McFarland, Chief Clerk and Acting Secretary 


H. B. Glaisyer, the Commission's Secretary, was absent on account of iliness. 


A delegation representing the Federated Garden Clubs of Oregon was 
present and conferred with the Commission on matters of highway beautifica— 
tion. The delegation was headéd by Mrs. E. C. Dalton, of St. Helens, Presi- 
dent, and included the following: Mrs. A. E. Rockey and Mrs. Jessie M. Honey- 
man, Portland, representing the Oregon Roadside Council; Mrs. E. M. Blanding, 
Portland, Secretary of the Federated Garden Clubs of Oregon; Mrs. J. L. Kar- 
nopp, Portland, State Chairman of the organization; and Mrs. H. J. Pearson, 
McMinnville, Ghairman of the Roadside Development Committee. 


Ms. Dalton stated that their organization has always been inter- 
ested in roadside beautification and the preservation of natural scenery and 
it is their desire to work in harmony with the State Highway Commission along 
those lines if the Commission will advise the garden clubs what activities 
they might engage in to that end. She introduced the other members of the 
delegation, all of whom spoke briefly on this subject. 
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Pacific Company's tracks on Union Avenue, East Portland-Oregon 
City Highway, in Multnomah County. Completed July 50, 1937. 


Contract No. 1928, with Tom Lillebo, for construction of 
bridges over Rock Creek and Wallowa River, near Wallowa, on 
the Wallowa Lake Highway, in Wallowa County. Completed August 
20. 1937. 


Contract No. 1942, with W. C. White, for producing crushed 
rock for the Sage Hen Creek-Burns Section of the Central Oregon 
Highway and the Poison Creek-Burns Section of the John Day-Burns 
Highway, in Harney County. Completed September 14, 1937. 


Contract No. 1945, with Fisher Bros., for grading, surfac- 
ing and oiling the Fossil-Kinzua Junction Section of the John 
Day Highway, in Wheeler County. Completed August 31, 1937. 


Contract No. 1954, with Fisher Bros., for grading end tcp~ 
ping Unit No. 3, Chichester Gulch-Summit Section of the Shaniko- 
Fossil Secondary Highway, in Wheeler County. Completed August 
31, 1937. 


THEREFORE, BE IT RESOLVED that the work covered by said state 
highway contracts for the construction of said state highway projects 
be declared completed according to the terms of the respective con- 
tracts, and said jobs are hereby accepted and final payment in connection 
with each is hereby authorized. 


The Commission considered and signed agreements, et cetera, a8 fol- 
lows: 


Agreement with the Oregon Portland Cement Company covering oc- 
cupaney by the company of a portion of the right of way of the Gales- 
Tunnel Section of the Old Oregon Trail. 


Agreement with T. R. Maxwell relative to the sale of property 
consisting of a portion of Lots 1, 2 and 5 of Block 32, Zurcher's 
Amended Addition to the City of Enterprise, in Wallowa County. 


Revised agreement with the Union Pacific Reilroad Company cov- 
ering the construction of an electric power transmission line on 
the company's property near Bonneville. 


Agreement with the Southern Pacific Company covering the lease 
of a site for the unloading of asphalt at Myrtle Point, in Coos 
County. 


Application for right of way needed for the improvement of the 
Siletz Secondary Highway across certain Indien land in Lincoln County. 
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Commissioner Aldrich reported receipt of an invitation for the mem- 
bers of the Commission to be present at the Annual Meeting of the Oregon Trai. 
Association which is to be held in Pendleton on October 28. It was decided 
that Commissioner Aldrich, State Highway Engineer R. H. Baldock, and Division 
Engineers W. C. Williams and WW. E. Chandler should attend this meeting as rep- 
resentatives of the State Highway Department. 


The Commissior discussed the claim of Mrs. Virginia Hickey for dam- 
ages that she alleges occurred to her property at Brightwood by reason of re- 
construction of the Mount Hood Highway at that place. Chairman Cabell stated 
that, in gocordance with the decision reached by the Highway Commission some 
time ago, he offered to settle with Mrs. Hickey for the sum of $175, and evi- 
dently she is unwilling to accept such amount and now desires to reopen the 
case and intends to come before the Commission on the following day relative 
thereto. After discussion, the Commission decided to inform Mrs. Hickey that 
the Commission's previous offer of $175 is the maximum that it feels it can 
pay her and that such offer is final and conclusive. 


Reconsideration was given by the Commission to the claim of Mrs. 
Pearl S. Koble arising out of a settlement for right of way needed for the 
Pacific Highway (new route) across her property in the Siskiyou Mountains 
south of Asnland. After discussion, the following arrangement for the set- 
tlement of this claim, constituting full and complete settlement, was ap- 
proved by the Commission by unanimous vote. 


(1) The state shall deed back to irs. Koble for a site for her 
garage a parcel of land 50' wide by 100' long, between Highway Engineer's 
Stations 470 and 471, on the west side of the highway. Said property shall 
not be used for parking of cars to be serviced at a service station or for 
other trade accommodations. 


(2) The state shall excavate an area 50' x 20' as a site for Mrs. 
Koble's garage, said excavation to be taken down to a level with the grade 
of the highway at a point near the center of said 50' x 100' tract and shall 
be adjacent to and connect with said tract. 


(5) The state shall fill in to a level with the highway and for a 
distance of 150' adjacent to the highway embankment a certain hole on the 
above-described 50! x 100!' tract. 


(4) The state shall lease to Mrs. Koble for a period of 10 years 
a strip of land lying adjacent to and along the west side of the highway, be- 
tween Highway Engineer's Stations 462+50 and 464+00, which area Mrs. Koble 
desires to landscape. This property is to be leased to Mrs. Koble with the 
strict understanding that it is to be used far landscaping purposes only and 
that the lease will be terminated by the Highway Commission at any time that 
the area is required by the state for highway purposes, construction or main- 
tenance, or if the area is being utilized for purposes that interfere with 
highway use. 
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Chairman Cabell thanked the delegation for its offer of assistance 
and advised that the Commission will give it serious corsideration, but he is 
not in a position at the present time to make any suggestions. He mentioned, 
however, the matter of providing freeways and advised that the Highway.Commis- 
sion is very anxious to secure authority from the legislature for such freemays 
but hesitates to take the initiative in the matter because it is of the he- 
lief that some other organization should sponsor it, in view of the fact that 
there are many people who think that the Highway Commission now has too much 
authority. He gave as his thought that the garden clubs of the state could 
assist greatly in securing proper legislation by educating the general public 
along these lines. He also mentioned the matter of billboard advertising 
along state highways and expressed the opinion that the garden clubs could do 
a lot of good in securing appropriate legislation that eventually would rid 
the highways of such means of advertising. He said he believed that moral 
persuasion by groups such as the garden clubs would be very effective in se- 
curing the needed legislation. ‘ 


The State Highway Engineer mentioned the progress that is being 
made by the states of Texas and Massachusetts toward the elimination of bill- 
board advertising and the preservation of roadside scenery. He concurred 
with Chairman Cabell in the matter of securing legislation for freeways and 
advised that such legislation would enable the Highway Commission to build 
beautiful roads that would stay beautiful and would insure the preservation 
of aesthetic features which, under present conditions, are constantly being 
marred by the construction of hot dog stands, service stations, et cetera. 

He gave as his thought that if the garden clubs would concentrate on freeways 
and billboards they would be doing a very commendable thing for the State of 
Oregon. 


In the further discussion of this matter it appeared to be the 
opinion of all present that not much could be accomplished in the way of se- 
curing needed legislation until the general public h » been educated up to 
the point where it realizes the importance and value therecf and will back 
the sponsors of such legislation to the fullest extent. Mrs. Dalton advised 
that their organization plans to conduct a series of conferences the follow- 
ing week and they want to be in a position to tell the various club members 
just what to do when the question of roadside beautification comes up for 
discussion. She inquired whether or not they should concentrate on the mat- 
ter of freeways, elimination of billboard advertising and beautification of 
city entrances, or should they stress the matter of roadside planting. 


Chairman Cabell again advised that the Commission is not in a po- 
sition to state now just what features should be emphasized but will endeavor 
to wark out something and will advise them later when a plan has been ar- 
renged. He suggested that the members of the garden clubs at the conferences 
next week be told that the Highway Commission is sympathetic with their ideas 
and intends to decide upon a plan of cooperation as soon as possible. This 
arrangement appeared to be satisfactory to the delegation. The conference was 
concluded after further brief discussion of a general. nature. 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts 


Salmon River Highway - Boyer-Otis Section . 
4994-Miami Corporation Drainage 2 parcels, 360 ft. in length 
Easement Gratis 


Dolph-Castle Rock Section - McMinnville~Tillamook Highway 
5169-Hornschuh, T. R. Hauling Road 0.50 $100 Lump Sum plus 
Easement cattle guard Benson 


Pendleton Overcrossing Section - ora Qregon Trail Highway 

5039-Pacific Power & Light Co. 8 sq.ft. $100 Lump Sum Benson 
East Pendleton Overcrossing Section ~ Old Qregon Trail Highway 

2436-City of Pendleton 596 sq.ft. Gratis Benson 


Valley Junction-Tillamook Section - McMinnville-Tillamook Highway 
318-Werth, Walter W. Stock Pile 0.86 3 yr. lease. Gratis Collins 


Lafayette-McMinnville Section - Pacific Highway West 
5081-Clemmens, Esther i 0.Qe Gratis - state to spread 


4 loads gravel around 

fruit stand and build 

road approach, in lieu of 
payment for land Collins 


Sheridan ville Section — Mc ville-Tillamook hie: 
4310-A ~ Moe, Nora May Branson 0.104 $50 Lump Sum Collins 
432l-Hunsaker, Jessie Reig " 2.84 $150 per a. plus fenc- 
ing $37 
4295-Macy, Glen S.- S.E.Trent " 0.51 $150 per a.plus $325 


Arch Cape-Short Sand Beach Creek Section - Oregon Caast High 
4908-Fowler, Charles A. R/W 5.38 $200 Lump Sum 


Siletz River-Ne + Section - Coast Hi 

4464-Nelson, Earl 1270 sq.ft. per sq. ft. 

4056-Stenzel, Frank 10.91+ $100 per a. plus plot- 
ting and surveying Lot 
4, $300 

4072-Mason, David T. 0.217 - $300 per a. 

407l-Harbaugh, Hazel G. 0.25 $300 per a. 

4067—Wood, Erskine " 0.24 Gratis 

4053~International Wood & 

Sulphite Co. " 0.02 Gratis 


Wilcox-Shaniko Section - Sherman Highway 
4791-Fastern Oregon Land Co. 4.69 $1O per a. 
Stock Pile Site 
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(5) The state shall construct a standard guard fence along the west 
side of the highway between Highway Ingineer's Stations 462 and 464. 


(6) The state shall pay to Mrs. Koble $1,000 cash, in addition to 
the amount of $1,200 previously paid. 


(7) Mrs. Koble shall release the state from any claim for damages 
that may occur to her property by reason of Highway Department snow removal 
operations or any other maintenance operations on the highway, end shali deed 
to the state a rignt of way 200 feet wide across her property, less the 50' x 
100! area described above, if investigation reveals that the description in 
the deed heretofore given the state is in error in that respect. 


The Attorney was instructed to prepare a form of agreement covering 
the matter and to present the same te Mrs. Koble for acceptance. 


The Engineer requested authority to acquire certain parcels of real 
property that are needed for various highway improvements throughout the 
state. He subritted a list of such properties, together with the prices that 
he recommended be naid for each. After careful consideration of cach item, 
the Commission approved the request and by unanimous vote adopted the follow- 
ing resolution relative thereto: 


. WHERZAS, in connection with the further improvement of the 

highways hereinafter designated, it is and has been necessary to ac- 

quire property for right of way, quarry sites, gravel or other mater- 
ial sites, or sites for the storage of materials, as hereinafter more 
definitely set forth; and 


WHEREAS, as a result of negotiations carried on with the 
owners of the property required, options have been obtained, which 
options have been considered by the Commission, outlining the bases 
of settlement which have been agreed upon; and 


WHEREAS, it is the judgment of the Commission that the said 
options should be approved and accepted, and/or the said reports be 
declared acceptable to the State Highway Commission as bases of set— 
tlement for the properties involved, and that the acquisition of the 
properties should be completed: 


NOW, THEREFORE, BE IT RESOLVED that the several offers, or 
bases of settlement hereinafter enumerated be, and the same hereby 
are, approved and accepted, and that the Attorney for the State High- 
way Commission be, and he hereby is, instructed to complete the ac- 
quisition of the said properties and to take title thereto in the 
name of the State of Oregon. ‘The said properties hereby ordered and 
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authorized to be acquired are as follows: 

Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 
hehe South Marshfield Section - Oregon Coast Highwa 
+ i 2h 4871-Southern Pacific Co. W 2.027 $268 per a. Benson 
7 
ic See 
¥ ey | 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Salem-Illahe Section — Pacific Highway 
4903-Read Amelia C, 0.17 $100 per a. McCallistes 


3824-Graber , John a 4792 sq.ft. 3¢ per sq. ft. plus 
$56.24 and moving 
buildings 


Rock Creek-Butte Creek Section - Woodburn-Mt. Hood Secondary Highway 
3434—Bremer, Arthur A. 0.22 50 per a. plus mov— 
ing fence $40 


Sixes River Section — Ore t Hi 
4351-Sweet, A. P. ‘Stock Pile Site 0.16 5-yr. lease $35 


Middle Bridge-Black Bridge Section — Baker-Homestead Highway 
5142-Colvard, W. B. Stock Pile Site 1.0 $10 per a. plus 
fencing $22.60 
§163-Clementa Harold C. Quarry Site 10.0 $15 per a. 
5145-Love, Clarence E. Stock Pile Site 0.96 $50 Lump Sum 
5143-Phillips, F. A. Stock Pile Site 0.96 $10 Lump Sum plus $5 


Condon-Fossil Section - John Day Highway 
4806-Busby, C. C. Stock Pile Site 0.50 3-yr. lease - Lump 


Sum $10 


Overhead Crossing-Turner Street - Qld Oregon Trail Highway 
2456-Pendleton, City of 1000 sq.ft. 7¢ per sq. ft. 


Haines-Narth Powder Section - Old Oregon Trail Highway 
5006-White, Herman F. Gravel Pile and 5.22 $66.09+ per a. plus 
Hauling Road fencing $155 
5001-Hvidberg,Leila et al R/W 0.48 $50 per a. plus mov— 
ing fence 
5002-Bieber, Ciaristine " 0.97 $50 per a. plus mov- 
ing fence 
Neahkahnie Route-Arch Cape Tunnel - Oregon Coast Highway 
5127-Clatsop County Park and Stock 84.2 Gratis 
Pile Site 
Sisters-Suttle Lake Section - Santiam Highway 
69-Gilehrist, Emily F. Gravel Pit 5.0 $137 Lump Sum 


Wasco Count; dra. tion - The sCalifornia Highwa 
5154—Cram,Bidwell Stock Pile Site 1.86 0.33 a. $10 Lump Sum 

1.53a. #0 068%")=—CUw” 

plus: $5 Forrest Gooper 
Jefferson County Line-Madras Section - The Dalles-California Highway 
5155-Stebbins, W. J. Stock Pile Site 1.01 Lump Sum ¢40 plus 

$7.50 plus fencing Cooper 


Dufur-Maupin "M.P. 57.5" Section ~ The Dalles-California iiighway 
$161-Fleming, Eva W. Stock Pile Site 0.75 | $50 Lump Sum J.E.Peck 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 
Al Overcross Section - Pacific 
4966-Dodele, Martha E. 10800 sq.ft. Exchange of property 

plus $50 plus moving 

buildings Gardiner 
4969-Allphin, John A. ® 4840 sq.ft. Including buildings— 

$1500 Lump Sun * 
4964-Rohde, H. D. ® 5460 sq.ft. Exchange of property 

plus moving buildings " 
4962-Childs, Chas. & Wm.Eagles " 41516 sq.ft. 7¢ per sq. ft. " 
4961-Rohde, H. D. " 2640 sq.ft. 7¢ per sq. ft. ” 
4970-Morgan, Melvin C. " 4884 sq.ft. Lump Sum of $1800, 


including buildings ® 


Bear Creek-Talent Section - Pacific Highway 
4548-Jackson County R 0.69 Gratis, plus $50 plus 
(Correction Report) : moving fences and rearranging 
lawn irrigation system and 


constructing concrete steps 
and new driveway - Gardiner 


Odell Junction-Jericho Lane Section — Hood River Sec hway #281 
4938-Hood River County R/W 0.17 Gratis Qardiner 


¥ 


; 
5 
i 
8 


4937-Hood River County ® 0.06 Gratis " 
Al Overcross Section — Pacific Hi East | 
4956-Vandran, C. A. R 29040 sq.ft. Including buildings, | 
Lump Sum $7,000 Gare ‘ner 
5178-Otto, Augusta " 7260 sq.ft. Including buildings, 
Luzp Sum $2,500 " 
Muddy Creek Section - Klamath Falls-Lekeview Highway 
5140-Vernon, Hurley 1 lot €30 Lump Sum McChesney 
Tillamook County Line-Sunset Camp Section - Wolf Creek Highway 
5031-Sunset Logging Co. Quarry Site 58.37 $32.578 per a. McChesney 
5032-Sunset Logging Co. 12.70 $30 per a. plus 
Maintenance Site 100,000 ft. timber 
at $3.50 per M Li 
Baker-—Durkee Section - Old Oregon Trail Highway 
5170-State Land Board Stock Pile Site 1.84 $25 Lump Sum McCallister 
Olalla Creek-Toledo Section — Corvailis-Ne t+ Highwa 
5045-Burgess, R. D. R/W 4.82 $100+ per a. 
Total $500 McGallister 
te Beach-Newport Section - Oregon Coast 
4387-Andersen, Maurice R/ii 0.93 $500 Lump Sum uoCallister 
5152-Agate Beach Land Co. " 5900 sq.ft. 2tf per sq. ft. 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Lincoln County Line Section ~ Alsea Highway 
5186-Nellie McKinney Stock Pile 1.70 $32 Lump Sum plus’ F.D.Eason 
fencing 


Eddyville-County Line Section ~ Carvallis-Newport Highway 
5189-Emma A. McBride, Admr 1.0 75 per 4. 


Stock Pile 
Nashville Section - ille- tt Sec 
519]1—-Welton, Mrs. M. E. Stock Pile 0.50 per a. 


ille-B tt tion - Corvallis—Ne t+ High 
5185-Cutsforth, Clyde W. Quarry and 5.0 $70 per a. plus 
Hauling Road road easement F.D.Eason 
5186-Conklin, M. J. Stock Pile 1.50 $150 per a. plus 
and Hauling Road Hauling Road bd 


Milwaukie Section - East Partland-Oregon City Highw 
1940-Counsell, Beatrice R/Wand Park 0.252 $5000 per a. Parker 
and C.H. 

The Commission considered but deferred action on properties needed 
from the city of Portland and Multnomah County for the propos.d Lombard Street 
extension in North Portland, being right of way file Nos. 4900 and 4861. The 
Commission also deferred action on the acquisition of the Gearge Joseph prop- 
erty which is needed for park purposes and for right of way for the Troutdale- 
Multnomah Falls Section of the Columbia River Highway (new route), right of 
way settlement No. 1852. The Commission indicated that the price asked by Mr. 
Joseph is satisfactory for 73.2 acres but there is aquestion whether or not 
Mr. Joseph's entire acreage on the island of which this is a part should be 
acquired, hence a decisicn with respect to the acquisition of the 73.2 acres 
was deferred until the next meeting. The Attorney was instructed to secure 
options in the meantime from other owners in this vicinity, if possible, at 
the price quoted by Mr. Joseph, and to deliver the options to Chairman Cabell, 
who agreed to inspect the various properties before the next meeting. 


The Commission also considered but deferred action on the acguisi- 
tion of the Nina I. Belt property which is needed for right of way for a re- 
vision of the Oregon Coast Highway at Fogarty Creek between Siletz Bay and 
Newport, in Lincoln County. The Attorney was instructed to render an addi- 
tional report on this matter at the next meeting. 


The Attorney reparted on the status of acquiring the Minnie T. Reed 
property along the Upper Columbia River Highway in Multnomah County, which 
property is needed as a quarry site and source of road—building material. He 
said that he offered the owner of this property $4,000 for four acres but 
the owner advises that she has received an offer of $15,000 from the Parker- 
Schram Company, Portland, which is ready and willing to buy the property at 
that figure. He requested instructions. The Commission considered that 
$15,000 is too much to pay for this land and accordingly instructed the Attar- 
ney to proceed with condemnation in the event the owner will not accept a rea~ 
sonable amount. 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Forest Boundary-—Long Creek Section - 
4856—Powell, Ernest Glen Stock Pile Site 0.55 oy Lump Sum plus mov- 


ing fence $5 W.C.Williams 


Shoofly Bridge Section - ae Creek Secondary Highway 
5187-Butler, Martina 0.47 Lump Sum $125 W.E.Chandler 


Clackamas County-Mt. Hood Highway 


U. S. Government Park 120.00 Annual Rental $75.60 

as required by lease 

from Government Boardman 
Lane County-Siuslaw Highway 
U. S. Government Park 206.00 Annual rental $220.20 

as required by lease 

from Government " 
Douglas County—Umpqua Highway 
U. S. Government Park 200.00 Annual rental $187.25 

as required by lease 

from Government “ 
Marion County-Silver Creek Fails Park 
U. S. Government Park 200.00 Annyal rental $35 as 

required by lease 

from Government " 
Jackson County-Crater Lake Highway . 
U. S. Government Park 320.00 Annual rental $166.98 

as required by lease 

from Government a 


Shuttler Flat—Condon Section - John Day Highway 
5148—Pennington, Frank W. Stock Pile 1.58 $50 Lump Sum plus 


State to fence Wells 
Sixes Ranch Section - Oregon Coast Highw. 
4579-Rowan, Jonas C. R/W 0.15 In exchange for 0.08 a. 


K.D. Lytle 
Sheridan-McMinnville Section - McMinnville-Tillamook Highway 
4311-Trustees of United Brethern 0.089 Gratis Coliins 


in Christ Church R/W 


Eddyville-County Line Section - Carvallis—Newport Highway 
5190-Lincoln County Stock Pile 2.0 Gratis F.D.Eason 


Siletz Secondary Section - Toledo-Siletz Highway 
5193-Sylonia Burkhart et al 0.50 $100 per a. plus 
Stock Pile fencing F.D.Eason 


Lower Siletz Road Section — Siletz Secondary Highway 
5192-C.D.Johnson Lumber Co. 3.0 $20 per a. F.D.Eason | 


Stock Pile | 
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Beginning at a point 400 feet south of the Northwest 
Corner of Lot 1 of Section 30; thence northeasterly to 
the Northeast Corner of Section 30; thence South 20 chains; 
thence West 20 chains; thence South to the 0.W.R.R.& N.Co. 
right of way; thence West to the intersection of the cen- 
ter line of the said section; thence Narth to the point of 
beginning. 


Also: 

The northwest quarter of the northwest quarter of Sec- 
tion 29, Township 1 North, Range 5 East, W. M., Multnomah 
County, Oregon. 


Also: 

The south 660 feet of Government Lots 1, 2, and 5, 
Section 20, Township 1 North, Range 5 East, W. M., Multno- 
mah County, Oregon. 


The parcels of land to which this description applies 
contain 192 acres. 


is necessary for right of way for the further improvement and perma— 
nent location of a portion of the Columbia River Highway in Multno- 
mah County, and likewise is necessary for the convenience of the pub- 
lic, a portion of which said property is within the boundaries of 

the said highway as surveyed and located, and a portion is so sit~ 
uated as to be accessible to and conveniently reached by and from 

the said highway; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the State 
Highway Commission as follows: 


1. That this Commission does hereby find and declare that it is 
necessary and will be of advantage to the State of Oregon and there 
is need that the Stete acquire for right of way purposes in connec- 
tion with the permanent location, construction, improvement and main- 
tenance of the Tumnel Point-Bridal Veil Section of the Columbia River 
Highway in Multnomah County a portion of the property described above 
and owned by and in the possession of The Union Central Life Insur- 
ance Company and other persons claiming some interest in said prop- 
erty. 

2. That this Commission does hereby find and declare that in 
its opinion and judgment a portion of said property is necessary for 
the convenience of the public in the use and enjoyment of the Colum- 
bia River Highway for parking places, recreational and other public 
uses specified in Section 44-3209, Oregon Code 1950, which said prop- 
erty is so situated as to be accessible to and conveniently reached 
by and from said highway. 


3. This Commission does further find and declare that the ac- 
quisition of the property herein described is necessary and required 
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The Commission also authorized the Attorney to institute condema- 
tion proceedings, if necessary, to acquire a certain quarry site which is 
needed in connection with the Shuttler Flat-Condon Rock Production Project, 
in Gilliam County, for which bids are to be taken on the following day, it 
appearing that the owner of this property is unwilling to sell to the state 
because of a grievance of some kind against the Commission, arising out of 
the destruction of a well which he alleges was ruined when the highway was 
constructed across his premises. 


Reconsideration was given by the Commission to the matter of acquir- 
ing land from the Union Central Life Insurance Company for right of way for 
the proposed highway up the Columbia River between Troutdale and Multnomah 
Falls, in Multnomah County. The Commission decided to extend this purchase 
to include additional land for state park purposes, and accordingly, by unan- 
imous vote, adopted the following resolution authorizing the Attorney to in- 
clude such park area in condemnation proceedings that were ordered on Septem- 
ber 14, 1937: 


WHEREAS, the State Highway Commission is by law authorized 
and directed to lay out, locate, designate, construct, improve 
and maintain a system of state highways in the State of Oregon, 
and to acquire rights of way and to declare the necessity and 
‘need for the acquisition thereof, and the ge any to be 
gained thereby; and 


WHEREAS, said Highway Commission is likewise authorized and 
empowered to acquire by purchase, agreement, gift, or by the ex- 
ercise of the power of eminent domain land and ground necessary 
for the development and maintenance of parks, parking places, auto 
camps, camp sites, public squares, recreational grounds or resorts, 
which in the opinion of the State Highway Commission are necessary 
for the convenience of the public and which are so situated as to 
be accessible to and conveniently reached by and from state high- 
ways; and 


WHEREAS, in the opinion and judgment of the Highway Commis— 
sion, certain property owned by and in the possession of The Union 
Central iLife Insurance Company, which property is located in Mult- 
nomah County, Oregon, and generally described as follows, to wit: 


A parcel of land lying in Government Lot 1 and the 
Northeast quarter of the Northeast quarter, and in the 
Southwest cuarter of the Northeast quarter of Section 50, 
Township 1 North, Range 5 East, W. M., Multnomah County, 
Gregon, and being a portion of the following described 
property: that tract of land which was conveyed by that 
certain deed to The Union Central Life Insw, Company, 
recorded in book 1065, page 319, of Multnoman County Rec- 
ord of Deeds, the said parcel being a as follows: 
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General of the State of Oregon, and J. M. Devers, Assistant Attar- 
ney General and Attorney for the State Highway Commission, be and 
they hereby are requested to commence and prosecute to a final de- 
termination such suit or action, or suits or actions, as may be 
necessary and appropriate to acquire title to the said premises 
and all rights therein for the purposes herein stated. 


7. That this resolution be entered in full in the minutes 
and records of this Commission. 


In this connection the Engineer was instructed by the Commission not to take 
possession of any property that is being condemed wntil the condemation pro- 
ceedings have been completed. The Commission by unanimous vote adopted such 
procedure as the policy to be followed hereafter in all cases of condematica. 


The Attorney also reported tne status of the acquisition of the 
Beckley property, which is needed as a source of materials for surfacing 4 
section of the Umpqua Highway in Douglas County. He seid that Mr. Beckley 
does not care to part with title to the property but is willing to lease it 
to the state for approximately 25 years for the sum of $3,600. The Engineer 
advised that, based on the yardage of materials that it is eattemplated will 
be taken from this gravel pit, it will take about 50 years to justify an ex- 
penditure of 135,600 for a lease, which would bring the cost of the materials 
down to about 5 cents per cubic yard. He added that he could not recommend 
leasing the property on any other basis and not then if Mr. Beckley insists 
upon including in the lease agreement numerous conditions that would work to 
the disadvantage of the state. The Commission considered the offer of Mr. 
Beckley unsetisfactory and referred the matter to the Engineer and the Attor- 
ney to ascertain whether or not suitable materials can be obtained from some 
other source. 


The State Parks Superintendent, Mr. S. H. Boardman, was present and 
reported on the following park matters: 


(1) Disposal of cordwood in Shelton Park:- He said that the Wheel- 
er County Relief Committee is desirous of securing for relief purposes some 
50 cords of wood which are now stacked in Shelton State Park as a result of 
C.C.C. activities under his supervision. He recommended that the committee 
be allowed to have this wood free of cost, which is in accordance with the 
precedent established by the Commission in previous years. The Commission 
approved the recommendation by unanimous vote. 


(2) Acquisition of property owned by Carl G. Washburne adjacent to 
the Oregon Coast Highway, in Lincoln County:~ The Parks Superintendent ad- 
vised that Mr. Washburue owns 250 acres of land near Heceta Head, which he 
once offered to sell to the state for ($25,000 but is now willing to let the 
state have for park purposes for the sum of $10,000. He further stated 
that the property is valuable from the park standpoint and that Mr. J. G. 
Ainsworth and Mr. E. C. Sammons, Portland, have signified their willingness 
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far right of way purposes and for the development of parks, parking 
places, recreational uses and other uses specified in Section 44-5209, 
Qregon Code 1930, and this Commission does hereby further declare and 
find that said property is necessary, is needful, and the acquisition 
thereof wiil be of advantage to the State of Oregon for right of way 
purposes and for the other purposes specified herein in order to 

make it possible for the State Highway Commission to properly locate, 
construct and maintain said portion of said Columbia River Highway 

in accordance with standards adopted by this Commission relative to 
curvature, grades, alignment, drainage, and factors of safety, and in 
order to contribute to the convenience and enjoyment of the public 
using and traveling upon said highway, and for the purpose of afford- 
ing parks, parking places, recreational grounds and other uses and 
benefits specified in Section 44-3209, Oregon Code 1930. 


4. That the State Highway Engineer be and he hereby is in- 
structed and directed to properly survey the said parcel or parcels 
of land required for right of way purposes and the parcel or parcels 
of said land required and necessary for parks, parking places, rec~ 
reational grounds or other uses enumerated in said statute, and pre- 
pare proper and adequate descriptions thereof, which descriptions 
shall be employed in the preparation of a deed or deeds or other 
instrument or instruments necessary to complete the acquisition of 
said property or properties or which descriptions may be used in the 
preparation of a complaint in the event condemnation proceedings are 
necessary. 


5. That the boundaries of said parcel or parcels of land as de- 
fined and determined by the said survey made by said Engineer for 
right of way along the route and location adopted by the Highway Com- 
mission shall be and the same hereby are adopted und the lands there- 
in defined are declared to be and the same are included within the 
right of way of the said partion or portions of the state highway 
system, and hereby are declared to be necessary for the proper loca— 
tion, improvement, construction and maintenance of said portion or 
portions of the state highway system, and it further is hereby de- 
clared and found that the portions of said property not required 
for right of way purposes or for use in the construction of said 
highway shall be and the same hereby are declared to be necessary 
for the convenience of the public using and traveling upon said 


highway. 


6. Thav I. H. Van Winkle, Attorney General of the State of Or- 
egon, and J. M. Devers, Assistant Attorney General and Attarney for 
the State Highway Commission, be and they are hereby requested, au- 
thorized and directed to attempt to agree with the owner or owners 
and/or with the tenants or persons in possession, if there be any, 
of said parcel or parcels of land with respect to the compensation 
to be paid for the taking of the same and the damage, if any there 
be, and in the event that no satisfactory agreement or agreements 
can be reached, then it is hereby further resolved that the Attorney 


The Commission adjourned at 11:30 o'clock p. m., to reconvene at 
9:00 oteleck a. m. on the following day in the Auditorium of the Public Ser- 
vice Building. 


, Portland, Oregon, October 22, 1957. 


The State Highway Commirsion reconvened at 9:00 o'clock a. m. in 
the Auditorium of the Public Service Building. Present were: 


Henry F. Cabell, Chairman 

E. B. Aldrich, Commissioner 

F. L. Tou Velle, Commissioner 

R. H. Baldock, State Highway Ingineer 

J. M. Devers, Attorney 

James McFarland, Chief Clerk and Acting Secretary 


The Commission's Secretary, H. B. Glaisyer, was absent on account of illness. 
Bids as follows for highway construction projects, sale of build- 


ings, and sale of used tires and tubes, were opened and read in conformance 
with previously published notice: 


BAKER-HOMESTEAD HIGHWAY 
MIDDLE BRIDGE-BLACK BRIDGE SECTION - CRUSHED ROCK IN STOCK PILES 


E. H. Itschner $15,050.00 
Smith & Company 15,350.00 
0. G. Yocom 15,800.00 
H. L. Rice 15,940.00 
Leonard & Slate 16,250.00 
Babler Bros. 16,440.00 
Saxton, Looney & Risley 17,230.00 
Hart Construction Company 17,394.00 
Rogers Construction Company 19,042.50 
Clifford A. Dunn 19,337.00 
Homer G. Johnson 19,590.00 
Max J. Kuney 21,840.00 
George Schmitt 22,504.00 
A. S. Wallace 23,700.00 


OLD OREGON TRAIL 
NORTH POWDER-MUDDY CREEK SECTION 
GRADING, SURFACING, PENETRATION MACADAM, CRUSHED ROCK IN STOCK PILES 


Roy L. Houck $132,183.00 
Warren Northwest, Inc. 147,264.50 
Fisher Bros. 148,968.00 
Babier Bros. 149,406.00 
Leonard & Slate 152,690.00 
Harold Blake 153,342.00 


(Continued on next page) 
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to contribute $5,000 toward the purchase of the same if the state will pay™~ 
the balance. He requested an expression from the Commission in regard to 
this offer. The Commission deferred action on this matter for the time being. 
(This was discussed further the next day.) 

(3) Acquisition of James Moore property adjacent to John Day High- 
way at Mile Post No. 116 in Grant County:- The Parks Superintendent advised 
that Mr. Moore has a homestead filing on a 40-acre tract of government land, 
which is valuable for the fossil beds located thereon and that he has indicat- 
ed a willingness to relinquish his rights in favor of the state if the Highway 
Commission will purchase for him a 4O~acre tract belonging to the State Land 
Board, which is estimated to cost about $4.00 per acre. He recommended accep- 
tance of this offer in view of the desirability of acquiring the fossil beds. 
The Commission approved the recommendation by unaninous vote. (The Commission 
signed an agreement with Mr. Mdéore on the following day, covering the matter.) 


(4) Timber strips along the Wilson River Highway:- The Parks Su- 
perintendent said that he has inspected the wayside strips that were to have 
been donated by the Weyerhaueser Timber Company and also the strips that were 
recommended for purchase by the Tillamook County Court, and he is of the be- 
lief that the Highway Commission should not purchase the latter-mentioned 
strips because they are in the burned area and have no value from the ecenic 
standpoint. As to the Weyerhaeuser Timber Company property, he said that 
present plans are for the company to deed this property to Tillamook County. 
The State Highway Engineer gave as his understanding that the Tillamook County 
Court was to secure these strips from the Weyerhaeuser Timber Company and then 
deed them to the state. The Commission took the attitude that the state should 
own these strips and accordingly instructed the Parks Superintendent td contact 
Mr. Wells Gilbert, Menager of the Weyerhaeuser Timber Company, relative there- 
to. Mr. Gilbert is to be informed that the Highway Commission understood that 
the property would be deeded to the state but if the company prefers to trans- 
fer title through the county, that will be satisfactory, provided the county 
will agree to make another transfer of title to the state. 


(5) Park site adjacent to the Nehalem Secondary Highway, near Mist, 
in Columbia County:- The Parks Superintendent reported that Natal Grange, of 
Columbia County, has petitioned the State Highway Commission, through Governor 
Martin, to purchase for park purposes a tract of timber land containing 5.64 
acres located in the S.E.j of the N.E.¢ of Section 29, Township 6 N., Range 
4 W., We M+, from the Clark ijilson Lumber Company. He said that this tract 
contains a fine stand of fir timber and would make a valuable addition to the 
state park system. He recommended purchase of ths same if the timber can be 
purchased at a reasonable rate from the lumber company. In this connection a 
letter was presented from Governor Charles H. Martin, in which the State High- 
way Coamission was asked to give particular consideration to the petition 
signed by the citizens of Columbia County urging tine Commission to acquire the 
5.64 acres of land under discussion, for state park purposes. After discus- 
sion, the Commission approved Mr. Boerdman!s recommendation by unanimous vote, | 
subject to the condition that the price demanded far the timber by the lumber | 
company is in keeping with the proper value of the property. 
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(Eddyville Rock Prouuction Projsct, continued) 


Harold Blake $50,405.00 
R. 0. Nail & Warren Bros. 31,155.00 
A. Milne 33,770.00 


OREGON COAST AND MCMINNVILLE-TILLAMOOK HIGHWAYS 
HEBO ROCK PRODUCTION PROJECT 


Saxton, Looney & Risley $14,180.00 
Dolan Construction Company 15,400.00 
WALLOWA LAKE HIGHWAY 
WALLOW4-ENTERPRISE SECTION - CRUSHED ROCK IN STOCK PILES 
0. C. Yocom € 8,885.00 
Rogers Construction Company 9,070.00 
Jones-—Scott Company 9,140.00 
H. L. Rice 9,387.00 
Hart Construction Company 9,560.00 
Schmeer, Williams & Gentemann 9,948.00 
Homer G. Johnson 14, 785.00 
COLUMBLA RIVER HIGHWAY 
THE DALLES ROADSIDE IMPROVEMENT PROJECT 
Van Cleave & Van Cleave $ 5,375.00 
J. A. Terteling & Sons 7,750.00 
Andersen Construction Company 8,000.00 
M. L. O'Neil & Son 8,550.00 
George Schmitt 8,582.00 
SALE OF FACTORY BUILDINGS IN PORTLAND 
SITUATED ON LOTS 7 and 8, BLOCK 99, IRVINGTON PARK ADDITION 
McCullough & Sons $380.00 
O. K. and Rose City Virecking Company 151.00 
Sullivan Wrecking Company 102.98 
SALB OF RESIDENCE BUILDINGS IN OREGON CITY 
GROUP "A" 

D. Dodge $75.00 
Sullivan Wrecking Company 60.73 
GROUP "B" 

Sullivan Wrecking Company $167.69 
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(North Powler-Muddy Creek Section, continued) 


Homer G. Johnson $155,132.00 

Clifford A. Dunn 155,177.00 

Max J. Kuney 156,031.00 

Edwin C. Gerber 158,546.00 

Saxton, Looney & Risley 170,591.00 

McNutt Bros. 175,822.50 
ALSEA HIGHWAY 


LINCOLN COUNTY LINE-ALSEA MOUNTAIN SECTION 
CRUSHED ROCK OR CRUSHED GRAVEL IN STOCK PILES 


R. O. Dail & Warren Bros., Inc. $11,100.06 
Saxton, Looney & Risley 11,540.00 
A. S. Wallace 11,880.00 
Harold Blake 21,000.00 


THE DALLES~CALIFORNIA HIGHWAY 
WASCO COUNTY LINE-MADRAS SECTION - CRUSHED ROCK IN STOCK PILES 


H. L. Rice $ 8,742.00 
A. S. Wallace 9,672.00 
0. C. Yocom 9,858.00 
Fisher Bros. 9,920.00 
Schmeer, Williams & Gentemann 9,922.40 
Smith & Company 9,982.00 
Rogers Construction Company 10,123.00 
R. O. Dail & Warren Bros., Inc. 11,160.00 
Chas. H. Hoyt 11,546.00 
Joplin & Eldon 11,468.00 
Clifford A. Dunn 12,089.00 
Saxton, Looney & Risley ; 12,090.90 
Edwin C. Gerber 12,555.00 
George Schmitt 13,841.00 
Homer G. Johnson 14,260.00 
R. I. Stuart & Sons 15,592.00 


CORVALLIS-NEWPORT AND EDDYVILLE-BLODGETT HIGHWAYS 
EDDYVILLE ROCK PRODUCTION PROJECT 


Roy L. Houck : $17,480.00 
0. C. Yocom 18,850.00 
Parker-Schram Company 20,190.00 
Saxton, Looney & Risley 20,372.00 
Edlefsen-Weygandt Company 21,211.@ 
H. L. Rice 24,488.00 
Joplin & Eldon 24,880.00 
A. S. Wallace 25,505.00 
Homer G. Johnson 26,580.00 


(Continued on next page) 
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group; Henry Kern, North Bend, representing Coos County Chamber of Commerce; 
L. S. Henrie, Marshfield, representing the Marshfield Chamber of Commerce; 
Harold J. Hickerson, North Bend, Secretary of the North Bend Chamber of Com 
merce; and W. M. Hillar, Empire, representing the Gateway Chamber of Com- 
merce of Empire and Charleston, came before the Highway Commission in the in- 
terests of the Cape Arago Secondary State Highway. 


Mrs. Magee read aloud a letter directed to the Commission and 
signed by her, as Chairman of the group she represented, extolling the at- 
tractive features of the Cape Arago road and urging the Commission to in- 
prove the condition of the road by surfacing and oiling at the earliest pos- 
sible time so its use may be enjoyed to the utmost by pleasure-seekers as 
well as by those who use the road for commercial purposeg. She asked the Com- 
mission particularly to make provision in its next budget for financing such 
improvement. 


Mr. Kern declared that this road is practically impassuble during 
the winter months. He urged improvement of the same by the construction of a 
permanent oil surface, especially on the 8-mile section between Tarheel Point, 
2% miles west of Empire, and Cape Arago State Park, a distance of 8 miles. 
He presented a letter from the Coos County Chamber of Commerce in support 
thereof. 


Mr. Henrie urged the improvement on behalf of the Marshfield Chan- 
ber of Commerce end presented a letter from the Highway Committee of the Chan- 
ber of Commerce in support of his oral arguments. Mr. Hickerson urged the in- 
provement on belislf of the North Bend Chamber of Commerce. 


Chairman Cabell explained briefly the difficulties confronting the 
Commission in financing new projects. He explained that the cost of maintain- 
ing highweys has increased greatly snd that the Commission is short of funds 
for even matching money provided vy the Federal Government, which has made it 
necessary to postpone a number of projects on the Federal Aid Highway System. 
He advised that the Commission hoped at one time to secure federal P.W.A. 
funds to finance the Catching Slough Bridge in Coos County but the plan did 
not materialize and it is now necessary to secure funds from some other source 
in view of the fact thet the bridge is in very poor condition and must be re- 
placed; so the outlook for finuncing an oiling project on the Cape Arago road 
does not seem to be very promising. He inquired what section of the road it 
would be most desirable to improve in the event the Commission finds, after 
further study, that it has funds to finance a portion of it. 


Mrs. Magee replied that they would prefer the oiling of the 2-mile 
section from Tarheal Point to and through Charleston, especially through the 
business district of Charleston. Mr. Kern gave as his thought that the worst 
seetion of the road is west of Charleston but they are not particular where 
the Cormission spends its money, just so long as it provides a permanent in- 
provement. : 


Chairman Cabell then advised that the Commission has not yet made 
its program for next year's oiling work and will consider the Cape Arago 
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SALE OF RESIDENCE BUILDINGS IN MARSHFIELD 


BUILDING "A" 


BUILDINGS "B", "C", "D", AND "E" 


SALE OF USED TIRES AND TUBES STORED AT SALEM AND LA GRANDE 


LOT NO. 1 AT SALEM 
Cluster's Auto Wreckers $105.00 


City Tire Compeny 85.00 


LOT NO. 2 AT LA GRANDE 


City Tire Company $45.00 


Chairman Cabell made the following announcement in regard to the bids 
that were received for the Shuttler Flat-Condon Rock Production Project on the 
John Day Highway, in Gilliam County: "The Commission has decided not to open 
the bids on the Shuttler Flat-Condon Project for the reason that difficulties 
have arisen in acquiring quarry and streck pile sites. Bids received for such 
project have been ordered returned to the respective bidders, unopened. The 
project will be readvertised for bids to be received at some future date when 
the present difficulties have been cleared up." 


Chairman Cabell also announced that the award of contracts on highway 
construction projects, sale of buildings and scrap materials would be made at 
3:00 o'clock p. m. in the same room. 


Landscape Engineer George Otten was present and discussed with the Conm- 
mission matters pertaining to the property that the Commission is considering | 
purchasing from Mr. Curl G. Washburne for a park site adjacent to the Oregon 
Coast Highway, near Heceta Head, in Lincoln County. He was authorized by the 
Commission to contact Mr. Washburne and ascertain what plans he has for the 
development of this property. The question arose whether or not it would be 
possible to finance the purchase of this tract with private funds. The Com- 
mission referred this matter to Chairman Cabell to determine the possibility 
of such method of financing. The Commission indicated that it would authar- 
ize the expenditure of state funds for the purpose in the event attempts to 
secure orivate funds prove successful, the state's contribution to be the 
amount required over and above the $5,000 contribution that has been offered 
by Mr. J. C. Ainsworth and Mr. E. C. Sammons, Portland, as reported by the 
Parks Superintendent on the previous evening. 


A delsgation from Coos County, consisting of Mrs. Gharles Magee, Marsh- 
field, Chairman, representing the Barview and Charlesten property holders! 
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He predicted that if the road were kept open it would be used, not only by 
the people of Bugene, but also by the people in the surrounding territory as 
far west as the coast and into southern Oregon. Mr. Lemon also spoke in fa- 
vor of this project. 


Chairman Cabell advised that highway maintenance costs are mount- 
ing steadily and it is necessary that highway funds be conserved as much as 
possible. He gave as his thought that the cost of keeping the road open up 
to Frog Camp would amount to a considerable sum and more than the Commission 
can possibly pay. The Ingineer estimated that it would cost about $6,000 to 
keep the road open with push-plow equipment if it would be possible to do so 
with such equipment, which he doubted, in view of the snow conditions on this 
highway during the last two years. If the work could not be done with push- 
plows, he said, it would then be necessary to assign a rotary snowplow for 
‘16 — which would necessitate the purchase of new equipment costing about 

> ° 


The suggestion was offered that the Obsidians develop a winter play= 
ground adjacent to some road that is tobe kept open during the winter season 
and in this connection the Engineer advised that the Commission plans to keep 
the Santiam Highway open through Hogg Pass and the Willamette Highway open 
for all-year traffic when it is completed. He offered the suggestion that a 
winter recreational area could be found adjacent to one of these roads, which 
would obviate the necessity of keeping an additional road open over the Cas- 
cade Range. Mr. Lafferty countered with a statement to the effect that it is 
only 76 miles from Eugene to Frog Camp, whereas it would be a much greater 
distance to any winter pleyground that might be selected on either of the 
other highways. He urged the Commission to conduct an experiment this winter 
on the McKenzie Highway to ascertain the cost and practicability of keeping 
this road open to Frog Camp. 


After further discussion the conference was concluded by a state- 
ment from Chairman Cabell to the effect that the Commission would give this 
matter further study and let the delegation know the decision within the next 
two weeks. This matter was discussed further by the Commission after the de- 
parture of the delegation, at which time the Commission voted unanimously to 
expend a maximum amount of $1,000 for snow removal on this section this winter 
as a trial proposition to ascertain the feasibility of keeping the road open 
to travel and to determine approximately the amount of revenue that will ac- 
crue to the State Highway Fund by reason of winter sport activities in this 
vicinity. 


The Commission signed a joint letter with W. H. Lynch, District In- 
gineer, Bureau of Public Roads, and C. J. Buck, Regional Forester, directed 
to the Chief of the Forest Service and Chief of the Bureau of Public Roads, 
Washington, D. C., recommending that Oregon Forest Highway, Cless 2, Route No. 
38 (Flora-Enterprise Highway), be extended northerly from its present terminus 
to the Oregon-Washington State Line, a distance of 9.56 miles. 


The Commission also signed 2 letter directed to the U. S. Bureau of 
Public Roads, Portland, requesting that the West Portland-Hubbard Highway, 
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project in the arrangement of such program, although no commitments or prom 
ises can be made at this time relative thereto. He also said that the Commis- 
sion realizes that this road is very dusty and carries a considerable amount 
of traffic but the Commission is confronted with a similar condition in other 
parts of the state, which accounts for the fact that no definite statement 
can be made at this time. He concluded the conference by reiterating that 
the Commission will bear in mind the Cape Arago project in the formulation of 
its 1938 construction program and will advise the delegation of the action 
taken. The delegation requested that all correspondence in regard to this 
matter be directed to Mrs. J. S. Evans, Route 2, Marshfield. 


County Judge Nelson B. Higgs, of Harney County, was present. He in- 
quired whether or not the Stave Highway Commission plans to hold public hear- 
ings in connection with the programming of the 1938 highway funds. He was in- 
farmed that the Commission does not propose to hold public hearings for this 
purpose but if the members of the Harney County Court have certain projects 
in mind, the Commission will be glad to have the Court present them for con- 
sideration in the formulation of the construction program. 


Judge Higgs then asked for the oiling of a 3-mile or 4-mile gap on 

the Central Oregon Highway in the vicinity of Buchanan, which section, he al- 
leged, is now in very bad condition. He was informed by the Engineer that it 
would not be possible to do the oiling work at this time because the Commis- 
sion does not have on hand a supply of fine rock that is needed for such im- 
provement. The Engineer also said that he would see to it that the road is 
smoothed out and maintained in the best possible manner pending construction 
of the oiled surface. 


A delegation representing the Obsidians of Eugene and consisting of 
Paul R. Lafferty, President; George H. McMorran, and Robert Lemon, came 
before the Commiasion and urged that the McKenzie Highway be kept open during 
the winter season, east from Belimap Springs to a point known as Frog Camp, @ 
distance of about 12 miles, for the benefit of winter sports enthusiasts who 
wish to make use of the winter spart facilities in the vicinity of Frog Camp. 
Mr. Lafferty alleged that this area is unequalled for winter sports in any lo- 
cality and could be made a national attraction if the Highway Commission 
would assist by keeping the highway open up to this playground. He gave as 
his thought that the advertising value of such recreational area to the state 
would fully justify the expense of keeping the highway open and called atten- 
tion to the things that are being done in other western states along that 
line, referring particularly to the ML. Shasta winter playground in California, ~ 
the Mt. Rainier winter playground in the State of Washington, and the Sun Val- 
ley resort in the State of Idaho. He presented letters from County Judge Fred 
Fisk of Lane County; W. M. Tugman, Editor, Eugene Register-Guard; C. Valentine 
Boyer, President, University of Oregon; Elisha Large, Mayor of Eugene; and J. 
E. Luckey, President, Eugene Chamber of Commerce, all of whom urged the Com- 
mission to give favorable consideration to this request. 


Mr. Mciorran endorsed the remarks made by Mr. Lafferty. He added that in 
his estimation the cost of keeping the road open to Frog Camp would be more 
than offset in the increased amount of revenue that the State Highway Depart- 
ment would receive from the gasoline tax paid by those who would use the road. 
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Route Total Mileage in 
No. Route Description Mileage Cities of 2500 
; of Route population or more 


2 From the Oregon-California State Line south- 
east of Brookings via Port Orford, North Bend, 
Reedsport, Newport, and Tillamook, to a connec- 
tion with Federal Aid Road No. 1 in Astoria. 394.02 10.24 


% From the Oregon-California State Line north- 
east of Hilt, California, via Ashland, Medford, 
Grants Pass, Roseburg, Eugene, Junction City, 
Albany, Oregon City and Oswego to a point on 
Federal Aid Road No. 24 in Portland 337.85 23.12 


4 From a connection with Federal Aid Road No. 
15 in Klamath Falls vie Fort Klamath Junction, 
Crescent, Lapine, Bend, Redmond, and Maupin, 
to a point on Federal Aid Road No. 1 north- 
east cf The Dalles. 285.11 4.73 


5 From a point on Federal Aid Road No. 3 east 
of Eugene via McKenzie bridge, Redmond, Prine- 
ville, Mitchell, John Dey, and Vale to a point 
on Federal Aid Road No. 1 in Ontario. 385.00 


6 From a point on Federal Aid Road No. 1 at 
Arlington to a point on Federal Aid Road No. 


5 northwest of Dayville. 123.63 
7 From a point on Federal Aid Road No. 1 in 

La Grande via Minam to Enterprise. 66.25 246 
8 Eliminated 


9 From a point on Federal Aid Road No. 5 near 
Junction City via Corvallis, McMinnville, and 
Fourth Avenue in Portland to 4 point on Fed- 
eral Sid Road No. 1 at the intersection of 
Fourt:, Avenue and Burnside Street in Portland 
and from another point on Federal Aid Road No. 
1 in Portland at the intersection of Burnside 
Street and Broadway via Broadway, Interstate 
Avenue and Denver Avenue to a point on Fed- 
eral Aid Road No. 26 at the south end of the 
Interstate Bridge over the Columbia River. 116.04 13.54 


10 From a point on Federal Aid Road No. 3 in 


Albany to a point on Federal Aid Road No. 9 
in Corvellis. 10.50 65 
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(Wilsonville Cutoff), be made a part of the Federal Aid Highwey System at 
this time in order that a portion of the available 1939 Reguler Federal Aid 
Funds may be utilized in the construction of the same, said road being 17.5 
miles in length, no part of which is within the limits of any incorporated 
city or town, and described as follows: 


Beginning at a point on Federal Aid Road No. 9, northeast of 
the town of Tigerd, in Washington County, and extending southerly 
to a point on Federal Aid Road No. 3 northeast of the town of Hub- 
bard, in Marion County. 


The Commission also by unenimous vote adopted the following reso- 
lution revising the descriptions of the highweys included in the Oregon Fed- 
eral Aid Highway System, in accordance with a request from the U. S. Bureau 
of Public Roads: 


WHEREAS, the State Highwey Commission has heretofore, from 
time to time, duly and regularly adopted resolutions by which there 
were designated, defined and edopted the roads and highweys in the 
State of Oregon which were meade parts of and constituted the Oregon 


Federal Aid Highwey System; «nd 


WHEREAS, since the adoption of seid resolutions numerous 
changes have been meade in many of said highways end some of the said 
designated highweys or parts thereof have been eliminsted or removed 
from the Oregon Federal Aid Highway System; and 


WHEREAS, it is now deemed edviseble and appropriate that a 
resolution be adopted by the State Highway Commission by which there 
will be redesigneted end readopted es modified or altered the roads 
and highways or perts thereof which by seid former resolutions were 
declered to be the Oregon Federal Aid Highway System; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the Ore- 
gon Stete Highwey Commission, ell members being present and effirme- 
tively voting, as follows: 


1. Thet the following designated end defined highways with 
their respective numbers end their respective mileages as given herein 
shall be and said highways 6s defined end described herein and their 
respective numbers end nileages hereby are declared to be and are the 
Oregon Federal Aid Highway System: 


Totel Mileage in 
Mileage Cities of 2500 


Route 
No. Route Description of Route Populetion or More 


l From a connection with Federal Aid Road No. 2 
in Astoria via Portland, The [Lolles, Arlington, 
Pendleton, LeGrende, and Ontario, to the Oregon- 
Idaho State Line east of Ontario 518.50 31.89 
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LL ELL 
Total 


Route Route Description 


22 From a poiat on Feceral Aid Road No. 2 in 
Newport to a point on Federal Aid Road No. 
9 in Corvallis. 


From a point on Federal Aid Road No. 2 near 
Otis te a point on Federal Aid Road No. lu 
at Valley Junction. 


From a point on Federal Aid Road No. 1 in 
Portland via Sandy and Government Camp to a 
point on Federel Aid Road No. 4 west of Maupin 


24 


From a point on Federzl Aid Road No. 2 at * 
Florence to a point on Federal Aid Road No. 
3 south of Junction City 


25 


From a point on Federal Aid Road No. 3 in Ore- 
gon City via Milwaukie and Union Avenue in 
Portland to the Oregon-lWashington State Line 
at the Interstate Bridge over the Columbia 
River south of Vancouver, Washington. 


«6 


27 Frpm a point on Federal Aid Road No. 9 in 


Portland via the Wolf Greek route to a point 
on Federal Aid Road No. 2 at Necanicum. 


From a point on Federal Aid Road No. 2 near 
Wheeler via Cannon Beach to 4 point on Feder- 
al Aid Road No. 2 approximately 5 miles north 
of Cannon Beach. 


28 


Frcm a point on Focerel Aid Road No. 3 at 
Goshen to a point on Federal Aid Road No. 
4 south of Crescent. 


29 


From a point on Federal Aid Road No. 1 in 
Pendleton vis Nye to a point on Federal Aid 
Road to. 5 nea Juha Day 


Federal Aid Road No. 


From « connection with 
Road 


21 in Burns to a point on Federal Aid 
No. 5 at Vale. 


31 


32 From a point on Federal Aid Road No. 27 west 


Mileage 


56.91 


99.21 


67.52 


19.51 


65.52 


20.96 


87.17 


122.15 


114.97 


of Portland via Hillsboro and Forest Grove to 


a point on Federal Aid Road No. 9 northeas* 
of McMinnville 


42.36 


Mileage in 


Cities of 2530 


No. 


«99 


6.69 


9.36 


2.31 


1.73 


1.01 


1.82 


OCT 22 


123% 


Li From a point on Federal Aid Road No. 9 south- 
west of McMinnville to a point on Federal Aid 
Road No. 2 at Hebo. 48.68 


12 From « point on Federal Aid Road No. 1 at 
Biggs via Moro to a point on Federal Aid Road 
No. 4 southwest of Shanixko- 69.00 


From a point on Federal Aid Road No. 4 at 
Fort Klameth Junction to the south boundary 
of Crater Lake National Park. 6.75 


From a point on Federal Aid Road No. 3 near 
Dillard to a point on Federal Aid Road No. 
2 between Port Orford and North Bend, near 
Coquilie. ; 61.81 0.29 


15 From a connection with Federal Aid Road No. 
4 in Klamath Falls to a point on Federal 
Aid Road No. 3 southeast of Ashland. 56.54 0.98 


16 From a point on Federal Aid Road No. 4 ap- 
proximately 2 miles southwest of Lapine via 
Silver Lake and Lakeview to the Oregon- 
California State Line at New Pine Creek en 
route to Alturas, California. 158.23 


17 From a point on Federal Aid Road No. 5 at 
Grants Pass via Kerby to the Oregon- 
California State Line en route to Crescent 
City, California. 42.34 


18 From a point on Federal Aid Road No. 1 at 
Umatilla to the Oregon-lashington State 
Line south of Wallula, Washington. 19.71 


19 From a point on Federal Aid Road No. 1 at 
Pendleton to the Oregon-Washington State 
Line southwest of iialla Walla, Washington. 36.60 


20 From a point on Federal Aid Road No. 3 at 
Drain via Scottsburg to a point on Federal 
Aid Road No. 2 at Reedsport. 50.13 


21 From a point on Federal Aid Road No. 4 in 
Bend to a connection with Federal Aid Road 
No. 31 in Burns. 151.71 2.59 
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2. That the roads and highways or parts thereof hereto- 
fore designated and adopted by resolutions of this Commission as 
and constituting the Oregon Federal Aid Highway System shall be, 
as modified or altered herein, deemed to be readopted and redesig- 
nated by this resolution, and such highways or portions of high- 
ways included in said former resolution but eliminated by this 
resolution either in whole or in part by way of alteration or mod— 
ification shall no longer be deemed to be a part of the said Ore- 
gon Federal Aid Highway System, subject, however, to such action 
or ruling as the Commission may hereafter make. 


3. That this resolution be entered in the minutes and 
records of the Commission and a duly certified copy thereof de- 
livered to the United States Bureau of Public Roads, and a copy 
to each of the counties in which any of said roads or highways 
are located. } 


Mr. Jack Summerville, United States Marshal, Portland, was present 
and asked the Commission to revise its plans for the construction of the new 
highway along the waterfront in Oregon City so as to eliminate the two curves 
in the proposed line south of the Abernethy Creek Bridge. He said that he is 
not personally interested in this mtter but is simply appearing in behalf of 
numerous residents of Oregon City who believe that such change will be for 
the best interests of the highway »nd the traveling public. He exhibited a 
map showing the proposed change, which involves realignment to eliminate two 
curves south of Abernethy Creek Bridge. 


The Engineer pointed out that the curves referred to by Mr. Summer- 
ville are not extreme, being 6-degree curves, and that it would be possible 
for traffic to negotiate them at a speed of 80 miles an hour with safety were 
it not for the fact that the curves are located within the corporate limits, 
where such speed is not permissible because of traffic congestion. He esti~ 
mated that it would cost about $100,000 to make the change proposed by Mr. 
Summerville, and recommended against the same. The Commission approvsd the 


recommendation by unanimous vote. 


Dr. T. M. Birkbeck, Mayor, and Mr. Gearge Hibbert, City Manager, of 
Milton, Oregon, came before the Commission and urged the straightening of the 
Oregon-Washington Highway through their city. They pointed out that the pres- 
ent highway contains numerous turns within their city limits, is narrow, and 
is not nearly capable of taking care of the traffic, and as a consequence 
there is considerable traffic congestion and accompanying hazard. They asked 
for the elimination of the turns and the widening of the pavement from curb 
to curb. The Engineer estimated that such project would cost about $15,500 
and would involve the removal of railroad tracks. After discussion, Chairman 
Cabell advised that the Commission will be pleased to consider this project 
in the formalation of its construction program next year but is not in a po- 
sition at the present time to make any definite statements in regard thereto. 
He further stated that the Commission will inspect the situation next time it 


is in the vicinity of Milton. 


OCT 22 193% 


No. Route Desci iption 


35 From a point on Federal Aid Road No. 15 south 
of Klamath Falls to the Oregon-California 
State Line south of fiorden en route to Weed, 
California 14.30 


From a point on Federal Aid Road No. 11 near 
Dolph to a point on Federal Aid Roud No. 25 
west of Grend Ronde. 5.60 


From a point on Federal Aid Road No. 2 in 
Tillamook via Wilson River to a point on 
Federal Aid Road No. 27 near North Plains. 54.32 48 


From a point on Federal Aid Road No. 1 apprax- 
imately 8 miles west of Pendleton to « point 
on Federal Aid Road No. 18 east of Umatilla 18.50 


37 From a point on Federal Aid Road No. 5 jn 
Albany via Lebanon ond Cascadia to a pount 
on Federal Aid Road No. 5 at Sisters. 101.50 48 


38 Eliminated 


39 From a point on Federal Aid Road No. 1 at or 
near the Sendy River Bridge, via Base Line 
Road to a point on Federal Aid Road No. 1 at 
the intersection of Sandy Boulevard and East 
Burnside Street in Portland 15.40 4.58 


40 From a point on Federal Aid Road No. 1 at the 
intersection of Sandy Boulevard ard Columbia 
Boulevard northeast of Portland, via Columbia 
Boulevard, Lombard Street, and St. Johns Bridge 
to a point on Federal Aid Road No. 1 near the 
northwest limits of Portland. 10.90 7.90 


41 From a point on Federal Aid Road No. 1 at the 
intersection of Hast 82nd Street and Sandy 
Boulevard, at the northeast limits of Portland, 
via East Send Street and Meridian Road to a point 
on Federal Aid Road No. 26 near Gladstone. 15.30 5.78 


Total 3, 868.22* 131.42 


% Includes Reservation Mileage ~ 482.11 miles. 
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The Engineer also requested authority to purchase one No. 605 illumination 
meter at a cost of $75 for use in determining the type and power of light 
globes. He also requested authority to purchase one Pastor No. 1 stopwatch 
at an estimated cost of $6, for use in connection with the timing of traffic 
= and flashers. The Commission approved the purchasesby unanjmous 

vo . 


The Commission had under consideration the matter of purchase of a 
privately-owned, one-story residence building with combination garage and 
woodshed, located on state property at the Sand Creek section headquarters 

| on The Dalles-California Highway, in Klamath County. The Engineer advised 

that these buildings were constructed several years ago by one of the High- 
way Department employes, as there was no other place for him or his family 
to live in that vicinity. He gave as his thought that the state should ow 
these buildings and he recommended their purchase for the sum of $150, which 
is the price set on them by the owner, Mr. Harold Moon, inasmuch as they are 
located on state property and are needed as living quarters for Highway De- 
partment employes; also, that they should be rented to the employe occupying 
them for a small monthly charge. The Commission approved the Engineer 's 
recommendation by unanimous vote. 


The Engineer reported the sale of an old 10-ton steam roller, which 
has been in storage at Astoria for a number of years, to the city of Astoria 
for the sum of $300. He expleined that this roller is of an obsolete type 
and is of no value to the State Highway Department and that it has been of- 
fered for sale several times during the past five years but no satisfactory 
bid has been received for the same, and when the city of Astoria offered 
$500 for it he thought it was a good idea to take advantage of the opportu- 
nity to get rid of it, and accordingly accepted the offer. The Commission 
by unanimous vote approved the sale of this roller to the city of Astoria 
at the price mentioned by the Engineer. 


The Engineer requested authority to advertise for bids for the fur- 
nishing of 10,000 cubic yards of maintenance materials that are needed for 
the Paradise Creek-Drain Section of the Umpqua Highway, in Douglas County, 
which he estimated would cost about $19,000, The Commission approved the re- 
quest by unanimous vote. 


The Commission also, by unanimous vote, confirmed the Engineer's 
award to Mountain States Gonstruction Company, on September 18, of the con- 
tract for surfacing and rock production on the Siletz Secondary Highway, in 
Lincoln County, bids for which were received by the Commission on September 
14, the conditionsof the award having been satisfied. 


The Commission also confirmed the Engineer's sale of the following 
buildings at Marshfield, bids for which were taken on September 14: 


Building "F", sold on September 18 to J. F. Burkhart, Marsh~ 
field, for $100. 

Building "B", sold at private sale to Dave Adams, Marshfield, 
for $40. 


Representative £. R. Fatland, Condon, conferred with the Commission 
in regard to the oiling of the unoiled sections of the Jom Day Highway be- 
tween Branson Creek and Service Creek, in Wheeler County. He said that if 
the Commission will allocate $20,000 to their project, half of which could be 
federal funds, they will be satisfied and will not ask for anything else. 

The Engineer advised that there are 27 milos of unoiled road between Branson 
Creek and Service Creek and that it would cost at leit $1,000 per mile to do 
what Mr. Fatland asks. Chairman Cabell explained the need for conserving 
state highway funds in order to provide funds with which to take up Federal 
Aid allotments. He pointed out that the cost of maintaining state highways 
is increasing, and, in order to provide proper maintenance and to construct 
the projects that have to be financed with state money, it has become neces- 
sary to defer a number of Federal Aid projects, so there is a question wheth- 
er or not it will be possible for the Commission to undertake the John Day 
Highway project during the next construction season. He further stated that 
the members of the Commission are as anxious as others for the oiling of 
state highways but the shartage of funds makes it necessary to defer some 
projects; however, the Commission will be glad to consider this project along 
with others in the formulation of next year's construction program. 


The Commission adjourned for luncheon at 12:30 o'clock p. m. and 
reconvened at 1:30 o'clock p. m. in the same room, the same persons being 
present and participating. 


The Engineer requested authority to trade in three old Pontiac au- 
tomobiles assigned to division engineers as part purchase price on three new 
automobiles of similar type, the old cars having outlived their usefulness 
for purposes for which they have been used. He also requested authority to 
trade in seven additional automobiles of the lightweight class as part pure 
chase price on seven new cars of the same class, for similar reasons. He es- 
timated the total cash outlay for the ten cars to be $6,600. The Commission 
approved the request by unanimous vote and ordered that the transaction be 
consummated through the State Purchasing Agent in the usual manner. 


The Engineer reported the need for 5,000 gallons of yellow traffic 
line lacquer in order to complete the season's program of stripe painting on 
highway pavements. He requested authority to purchase such material, which 
he estimated would cost $1.13 per gallon, or a total of $5,650. The Commis- 
sion approved the purchase by unanimous vote. 


The Commission also, by unanimous vote, approved the purchase of a 
fireproof safe, costing approximately $600, for use in connection with the 
safe-keeping of valuable documents in the office of the Secretary of the Com 
nission. 


The Engineer requested authority to purchase five radio receiving 
sets for installation on the five large Oshkosh trucks that were recently 
purchased for use exclusively in snow-removal operations, same being equipped 
with snowplows. He estimated that such radio sets would cost about $50 each, 
or a total of $250. The Commission approved the purchase by unanimous vote. 
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He suggested that the matter might be disposed of by granting to Mr. Badley 
a temporary lease or license to oceupy a portion of the state park with his 
building, provided the business conducted therein is carried on properly and 
in a satisfactory manner, which would still give the Commission cuntrol over 
the situation. Commissioners Aldrich and Tou Velle approved the Chairman's 
suggestion and it was so ordered. The Attorney was instructed to prepare 

a form of agreement covering the matter and embodying the suggestions made 
at this meeting. Such agreement is to be presented to the Commission when 
signed by Mr. Badley, and, when approved by the Commission, shall be entered 
in the minutes of the Commission for the information of future State Highway 
Commissions. 


‘ In this connection the Attorney advised that when this matter first 
came up for discussion, Mr. Ralph Cake, attorney for Mr. Badley, presented 
a form of deed which was intended to correct an error that Mr. Badley alleges 
daadvertently crept into the description contained in the deed by which he 
conveyed the park property to the state. He gave as his thought that the 
Commission should not sign this deed, in view of the results of the surveys 
of the property line. The Commission concurred in the viewpoint of the At- 
torney and instructed him to return the deed to Mr. Cake and to explain to 
him the reason that the Commission did not feel disposed to sign it. 


The Attorney reported briefly that he has received information to 
the effect that Gilchrist & Company, Ltd., has decided to abandon its plans 
to construct its railroad at grade across the Willamette Highway to facili- 
tate its logging operations and has decided to proceed at once to construct 
an overhead structure, thus eliminating the necessity of securing an order 
from the Public Utilities Commissioner for the temporary grade crossing here- 
tofore considered, and avoiding any further conflict with the State Highway 
Commission. The Commission took no action. 


The Engineer reported the necessity to either place additional sur- 
facing material on the easterly end of the Little Nestucca Secondary Highway, 
in Tillamook County or to prohibit the hauling of logs over this road. He 
sai¢ that log hauling is being carried on to quite a large extent over the 
1}-mile section of this road just west of Dolph, which section was graded 
to state highway standards last year but on which no surface material was 
placed, and unless the road is surfaced or log hauling is prohibited, the 
road will be impassable this coming winter even for the few farmers who re- 
side in the district. He estimated that it would cost at least $1,500 to 
place a topping surface on this grade, and recommended against the project 
because of shortage of funds. He also recommended that a 10,000-1b. maximum 
load limit for this road during the winter season be established, which would 
prevent the hauling of logs thereover. The Commission approved the Engineer's 
recommendation and by unanimous vote adopted the following resolution rela- 
tive thereto: 


ORDER REDUCING MAXIMUM LOAD LIMIT ON LITTLE NESTUCCA SECONDARY HIGHWAY 


WHEREAS, the following road or highway has been duly desig- 
nated and declared to be and is a state highway, and has been improved 
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The Commission had under consideration the sale of the building 
located on property purchased irom Pearl M. Brown for the Cook Overcrossing 
section of the West Portiand-Hubbard Highway, to Charles Loeschen for the 
sum of $5.00. The Attorney advised that this building is simply a small shed 
of very little value and that it would be of no use to anyone unless he lived 
in the immediate vicinity, as does Mr. Loeschen. He recommended that the 
building be sold to Mr. Loeschen at the price offered. The Commission ap- 4 
proved the recommendation by unamimous vote. 


The Engineer reported on the cost to remove snow from the Tumalo 
Falls county road in Deschutes County, as requested previously by the County 
Court of that county through County Commissioner Beer. He stated that in- 
spection of this read reveals that it is in such condition that it would be. 
impracticable to undertake snow-removel operations, as it is a one-way moun- 
tain road arid in some places only six feet wide and lined with boulders and 
brush and it is almost certain that snosplows could not operate thereover 
without serious damage to the equipment. He advised that Deschutes County 
Court made an attempt last winter to keep the road op-1 for the benefit of 
winter sports enthusiasts, but had to discontinue operations beeause of the 
condition of the road. He recommended, in view of the circumstances, that 
the Commission deny the request of the County Court, at least until ‘the 
grade 6f the road has been improved to such an exteni that snow-removal 
equipment can be operated over it without being damaged. Even then, he add- 
ed, it would cost approximately $10,000 to keep the road open satisfactorily 
to traffic. The Commission approved the report and instructed the Engineer 
to conve: the information contained therein to the Deschutes County Court 
with a request for an expression from the Court as to whether or not it will 
proceed with the grading work to permit the operation of snow-removal equip- 
ment over the road. Definite action as to whether or not the Commission 
would assume the responsibility of snow removal was deferred pending the 
County Court's reply. 


The Commission reconsidered the matter of the encroachment of the 
building owned vy Mr. Wilbur Badley on state park property at Otter Crest, 
adjacent to the Oregon Coast Highway, in Lincoln County. The Engineer re- 
ported that the property line between the state park and Mr. Badley's prop= 
erty has been rerun by Locating Engineer A. G. Johnson of the State Highway 
Department, and the new line practically coincides with the line previously 
run by Locating Ingineer B. A. Martin, so there is little question that it 
is correct. It is apparent from these surveys, he said, that Mr. Badley's 
building has been constructed partly upon the state's property, and he be- 
lieved that if the Commission wanted to go to court about the matter, the 
position that the building is on the state's property could be sustained. 
He read aloud the report of Construction Engineer H. G. Smith on this sub- 
ject, dated October 15, 1957, which report was discussed by the Commission. 


Chairman Cabell questioned the advisability of taking the matter 
4nto court because it appeared to him a situation exists that cannot be 
corrected without bringing upon the Commission adverse criticism from the 
general public which, according to information that he has received, is 
of the opinion that the building is located on Mr. Badley's property. 
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than the front axle of a truck or truck-tractor, shall not exceed 
the product of two hundred (200) mu-tiplied by the sum in inches 
of the tire width of the wheels of such axle; but, in no event 
shall the combined weight in pounds bearing on the surface of the 
highway at contact with the tread of the wheels of any one axle 
of a vehicle exceed the maximum limit of 6,000 pounds. 


IT IS FURTHER ORDERED, that these rules and regulations 
as made and found by the Stute Highway Commission under the pro- 
visions of Chapter 360 of the laws of Oregon for 1931, shall be 
in full force andeffect from this date until modified, annulled 
or voided by the order of the State Highway Commission. 


AND IT IS FURTHER ORDERED, that a notice be posted in 4 
conspicuous manner and place at each end of the above-named high- 
way and at important crossroads on said highway, so that said no- 
tice can be readily seen and read, which said notice shall state 
plainly the limitations and prohibitions of traffic hereby in this 
order determined and fixed. 


AND BE IT FURTHER ORDERED, that a certified copy of this 
order be furnished to the county clerk of Tillamook County, and 8 ae 
that a certified copy of this order be furnished to the Superin- i 
tendent of the Department of State Police for his information. 


The Engineer also reported the necessity to reduce the maximm i 
load limit on the Tampico-Lewisville Secondery State Highway, in Benton Coun- 1: 
ty. He said that the road is now in very good condition but log hauling is t 
being carried on quite extensively over the same, and unless some means of 
protection is provided, the road very likely will break up during the winter 
months and will cause great inconvenience to the people who reside adjacent 
thereto, this being the only road available to them. He recommended that 
the Commission make an order reducing the load limit to 50 per cent of the 
maximum specified by law. The Commission approved the recommendation and 
by unanimous vote adopted the following resolution in regard thereto: 


ORDER REDUCING MAXIMUM LOAD LIMIT ON TAMPICO-LEWISVILLE SECONDARY HIGHWAY 


WHEREAS, the following road or highway has been duly des- 
ignated and declared to be and is a state highway, and has been in- 
proved and is being maintained by the State Highway Commission pur- 
suant to the laws of the State of Oregon as a state highway, to wit: 


TAMPICO-LEWISVILLE SECONDARY HIGHWAY 


AND WHEREAS, the seid above-named state highway is in the 
judgment of the State Highway Commission being subjected to a kind 
and character of traffic which is damaging and injuring the said a 

» and, in order to protect said highway against such damage ef, ar 
and injury, it is deemed and is the judgment of the Highway : a. 
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ing maintained by the State Highway Commission pursuant to 
of the State 6f Oregon as a state highway, to wit: 


LITTLE NESTUCCA SECONDARY HIGHWAY 


SND WHEREAS, the said above-named state highway is in the 
judgment of the State Highway Commission being subjected to a kind 
and character of traffic which is damaging and injuring the said 
highway, and, in order to protect said highway against such damage 
and injury it is deened and is the judgment of the Highway Commis- 
sion and said Commission finds that it will be for the best inter- 
ests of the said highway that the maximum weights permitted and au~ 
thorized by law be reduced: 


AND WHEREAS, the State Highway Commission has after due 
investigation determined and found, and it is the judgment of the 
Commission that the maximum weights which shall be permitted upon 
the said road shall be reduced and fixed as in this order provided: 


NOW, THEREFORE, the premises being in part as above stat— 
ed, and the State Highway Commission having as a result of due in- 
vestigation found trat the road above mentioned and hereinafter des- 
ignated is being denagei and injured on account of the kind and 
character of traffic now being hauled over and upon said road, and 
by reason of the fact that vehicles carrying maximum loads moved at 
the maximum speeds specified by the provisions of the laws of the 
State of Oregon are breaking up, damaging and deteriorating the said 
road, and the Commission having found upon dw investigation that it 
will be for the best interest of the said state highway that the 
maximum totel weight of load and vehicle which shall be permitted 
upon said road shall be reduced so as to conform to the requirements 
fixed in this order; 


IT IS HEREBY ORDERED, that the maximum weight of combined 
load and vehicle which shall be permitted upon the within-named 
road shall not exceed the weight herein fixed. 


The maximum weights which shall apply to the following 
highway, to wit: 


LITTLE NESTUCCA SECONDARY HIGHWAY between its junction 
with the McMinnville-Tillamook Highway at Dolph to a 
point two miles westerly thereof, in Tillamook County 


shall be as follows: The combined weight in potinds on the surface 
of the highway at contact with the tread of the wheels of the front 
axle of a truck or truck-tractor shall not exceed the product of 
three hundred (300) multiplied by the sum in inches of the tire 
width of the wheels of such axle; and, the combined weight in pounds 
bearing on the surface of the highway at contact with the tread on 
the wheels of any axle of a vehicle or combination of vehicles, other 
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provisions of Chapter 360 of the laws of Oregon for 1951, shall be 
in full force and effect from this date until modified, annulled 
or voided by the order of the State Highway Commission. 


AND IT IS FURTHER ORDERED, that a notice be posted in a 
conspicuous manner and place at each end of the above-named high- 
way and at important crossroads on said highway, so that said no- 
tice can be readily seen and read, which said notice shall state 
plainly the limitations and prohibitions of traffic hereby in this 
order determined and fixed. 


AND BE IT FURTHER ORDERED, that a certified copy of this 
order be furnished to the county clerk of Benton County, and that 
a certified copy of this order be furnished to the Superintendent 
of the Department of State Police for his information. 


The Commission by unanimous vote approved the Engineer's request 
for an additional authorization of $15,500 to complete the work on the tity 
street inventory of the State-wide Planning Survey. The Ingineer explained 
that the original authorization for this work was found to be insufficient, 
due partly to the fact that it was necessary to secure data that was not an- 
ticipated when the project was first discussed, and also to the fact that it 
was not possible to foresee the many complications that would erise from the 
survey of street intersections, which information has been requested by the 
Bureau of Public Roads. 


Reconsideration was given by the Commission to the reques* of Mr. 
G. T. Cochran, attorney of Le Grande, for the construction of a footpath 
along the Wallowe Lake Highway between La Grande and Island City for the ben- 
efit of school children and other pedestrians. The Mngineer advised that Mr. 
Cochran's first request was simply for a permit authorizing the construction 
of a footpath along this highway, same to be financed with Wi.P.A. funds or 
funds to be secured from some other source than the state; but it now appears 
that Mr. Cochran not only wants the state to furnish the right of way but he 
also wants it to cooperate in the cost of the improvement, which, the Engi- 
neer estimated, would amount to a considerable sum. The Commission discussed 
the matter but deferred action thereon pending a report from the Engineer at 
the next meeting, on how much money the improvement would embrace. 


The Commission also had under consideration a letter from the Caa- 
non Beach Library and Woman's Club requesting repairs to the sidewalk along 
the Oregon Coast Highway through that town. The Engineer advised that this 
is not an incorporated town but there is approximately one mile of wooden 
sidewalk along the west side of the highway, which is the main street of the 
town, and that this sidewalk is badly in need of repair. He further stated 
that the original sidewalk was constructed by the county but was turned over 
to the state at the time that the State Highway Commission designated the 
road as a stete highway. He requested instructions from tte Commission as to 
what to do about the matter. The Attorney advised that, inasmuch as the 
Highway Commission has taken over complete jurisdiction of this highway 
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Commission, and said Commission finds that it will be for the best 
interests of the said highway that the maximum weights permitted 
and authorized by law be reduced: 


AND WHEREAS, the State Highway Commission has after due 
investigation determined and found, and it is the judgment of the 
Commission that the maximum weights which shall be permitted upon 

the said road shall be reduced and fixed as in this order provided; 


NOW, THEREFORE, the premises being in part as above stat~ 
ed and the State Highway Commission having as a result of due in- 
vestigation found that the road above mentioned and hereinafter 
designated is being damaged and injured on account of the kind and 
character of traft.< now being hauled over and upon said road, and 
by reason of the fact that vehicles carrying maximum loads moved 
at the maximum speeds specified by the provisions of the laws of 
the State of Oregcn are breaking up, damaging and deteriorating the 
said road, and the Commission having found upon due investigation 
that it will be for the best interest of the said state highway that 
the maximum total weight of load and vehicle which shall be permit- 
ted upon said road shall be reduced so as to conform to the require- 
ments fixed in this order; 


IT IS HEREBY ORDERED, that the maximum weight of combined 
load and vehicle which shall be permitted upon the within-named road 
shall not exceed the weight herein fixed. 


The maximum weights which shall apply to the following 
highway, to wit: 


TAMPICO-LEWISVILLE SECONDARY HIGHWAY from its junction 
with the Pacific Highway West, north of Carvallis to 
the Benton-Polk County Line, in Benton County 


shall be as follows: The combined weight ir pounds bearing on the 
surface of the highway at contact with the tread of the wheels of 
the front axle of a truck or truck-tractor shall not exceed the 
product of four hundred (400) multiplied by the sum in inches of 
the tire width of the wheels of such axle; and, the combined weight 
in pounds bearing on the surface of the highway at contact with the 
tread on the wheels of any one axle of a vehicle or combination of 
vehicles, other than the front axle of a truck or truck-tractor, 
shall not exceed the product of three hundred (300) mitiplied by 
the sum in inches of the tire width of the wheels of such axle; 
but, in no event shall the combined weight in pounds bearing on the 
surface of the highway at contact with the tread of the wheels of 
any one axle of a vehicle exceed the maximum limit set by law for 
any one axle. 


IT IS FURTHER ORDERED, that these rules and regulations 
as made and found by the State Highway Commission under the 


permit be secured before construction is commenced. He further stated that, 
inasmuch as the power company has already constructed its pole line along 
this highway in accordance with plans that it is now asking the Commission 
to approve, thus making it impossible for a telephone company to construct 
its facilities along the highway without interfering with the power company, 
the Pacific Power and Light Company should agree to provide a location off 
the highway right of way for the poles and facilities of the telephone com- 
pany between the two points of crossing of the power wires over the highway. 
Mi. Stout indicated his company's acceptance of the condition and seid the 
company would make such arrangement. The Commission thereupon authorized 
the granting of the permit to the Pacific Power and Light Company, subject 
to such condition. 


Mr. Claude H. Giles, attorney, Marshfield, was present on behalf 
of property owners, residents, and logging operators residing and/or work- 
ing on North Coos River, Coos County, who desire 24~hour-day ferry service 
on the Fnegren Ferry, which operates across the Coos River on the Coos River 
Secondary State Highway. He said that a number of logging camps have opened 
up in this district during the last few years, employes of which must cross 
the Coos River about 5:00 o'clock in the morning in order to reach the log- 
ging camps on time, which they cannot do unless they pay for ferry service 
out of their own pockets, as the free ferry does not commence operating un- 
til 7:00 o'clock in the morning, or cross in boats, or, as some of the men 
do, on saw logs, which is very dangerous. He asked the Commission to au- 
thorize 20-hour-day service at least, if it could not comply with the 24-hour 
day service requested, in order to eliminate the hazard and provide greater 
convenience for the people working in this district. He presented a brief 
in support of his oral arguments; also a letter from the Marshfield Chamber 


of Commerce requesting the extra service} and petitions signed by 70l Coos 
County residents who are obliged to use this ferry. 


The Engineer advised that the present free ferry operates 16 hours 
a day, from 7:00 o'clock a. m. until 11:00 o'clock p. m., for which service 
the Commission is paying $472.06 a month, or approximately 973¢ an hour; al- 
so, that the owner of the ferry has the privilege of operating longer hours 
if he so desires, but must depend upon receiving his compensation for such 
extra service from the persons using the ferry evtside of the regular hours. 
He further stated that the present ferry operator, Mr. Julius Gunnell, has 
been contacted relative to providing 24-hour service and asserted his imwill- 
ingness to do so unless he receives an additional $472.06 a2 month for the same. 
He gave as his thought that this extra expense is not justified at this time. 


After discussion of this matter, Chairman Cabell stated that, on 
account of shortage of highway funds, the Highway Commission is reluctant to 
take on any additional obligation; however, the matter will be given due con- 
sideration. 


A delegation from Benton County, consisting of County Commissioners 


W. H. Malone and T. A. Logsdon; former County Judge Victor P. Moses: W. F. 
Groves, Secretary of the West Side Highway Association; and C. C. Cochran, 
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within the right of way limits, it likewise has taken over the responsibility 
of the sidewalk and is under obligation to keep i% in a safe condition. He 
suggested that the walk should either be repaired or taken up entirely; 
otherwise, the Commission might become involved in a damage suit. After dis- 
cussion, the Commission decided to repair the existing sidewalk and instruct- 
ed the Engineer to proceed with the work. The Engineer was also instructed 
by the Commission to render a report on the cost to construct an entirely 
new sidewalk of a type that would be permanent. 


The Commission had under discussion the compilation of the records, 
including minute entries and correspondence, pertaining to the construction of 
a revetment along the Wilson River, in Tillamook County, tc prevent flood wa 
ters of this river from flowing into Dougherty Slough and causing damage to 
adjacent private property and to the highway, this discussion being a contin- 
uation of the discussion presented at the meeting on September 14, when men- 
bers of Tillamook County Court and the Wilson River Drainage District ap- 
peared before the Commission relative thereto. After a review of the record 
the Commission decided unanimously that it is morally obligated to cooperate 
in the cost of this improvement, and thereupon authorized an expenditure of 
$1,000 for such purpose, subject to the condition that Tillamook County Court 
will assume all responsibility for damage that may occur to persons or prop- 
erty by reasonof the construction of such revetment. The Attorney waa in- 
structed to prepare a form of agreement with Tillamook County and the Drain- 
age District covering the matter. 


Mr. R. L. Stout, Portland, appeared before the Commission on behalf 
of the Pacific Power and Light Company and requested authority to construct 
and maintain an electric distribution line along the Pendleton-Cold Springs 
Highway across Section 5, Township 3 North, Range 32 East, W. M., and across 
Section 34, Township 4 North, Range 52 East., W. M. He asked that a location | 
on the easterly side of the highway be specified for this pole line and that | 
the company be authorized to construct two crossings over the highway, one | 
about $ mile south of the township line and the other about } mile north of 
the township line, in order to avoid constructing their pole line along the 
highway curves between these two points. He sai¢ that the company has al- 
ready constructed its pole line, having done so inadvertently before secur— 
ing permission from the Highway Commission, and that all they are asking now 
is the Commission's approval of the constructed line. 


The Engineer advised that he did not take very kindly to this re- 
quest inasmuch as the company did not secure a permit before constructing its 
pole line; however, he would recommend approval of the request if the power 
company will provide an easement for telephone pole line construction between 
the two crossings if and when a telephone company desires to construct a tele- 
phone line elong this section, so as to avoid the necessity for the tele- 
phone company's wires to cross beneath the wires of the power company. 


Chairman Cabell stated that the Highway Commission demands that 
pole line companies comply with the rules and regulations of the Commission 
with respect to the construction of their facilities on state highway rights 
of way, including the rules governing crossings and the requirement that a 
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the past, and, under <he circumstances, the persons interested in this road 

feel that they are compelled to appeal to the State Highway Commission to 

supply funds that gre necessary to keep the work going. He read a letter, 

dated October 18, 1937, directed to the Oregon State Highway Commission and 

signed by County Judge H. H. Rosenberg of Tillamook County; County Judge 
Donald T. Templeton of Washington County; Frank Shull, Chairman, Multnomah ° af 
Board of County Commissioners; and Ormond R. Bean, Commissioner of Public ich 
Works, Portland, urging the Highway Commission to authorize an expéeaditure Pe 
to pay the cost of repairs and supplies necessary to maintain equipment that ire a 
is now being operated in the construction of this road, which was estimated poe] 
at $25,000 annually, and to assume the payment of rental and the cost of * 
miscellaneous supplies that will be required the next year, also estimated filh 
at $25,000, such contributions to be in addition to those now being made by Ra 
the Highway Commission; also, in which the Commission was asked to award a eR ES 
contract immediately for the surfacing of this road from the end of the pres- } 

ent surfaced section, at Jordan Creek, to McNamar's Camp, a distance of ap- 
proximately 10 miles, and to award additional contracts for surfacing and the 
construction of necessary small bridges in Washington County, from Glenwood 
westerly to the end of the graded section, a distance of approximately 4 
miles. The letter also mentioned that the counties would be willing to let 
the Highway Commission use the county-owned equipment that is now being used 
on the job. Judge Templeton then called upon other members of the delegation 
for remarks. 


Judge Rosenberg confirmed the statements made by Judge Templeton. 
He added that the three counties, together with the city of Portland, con- 
tributed a total of $100,000 at the start of this work, end last year: con- 
tributed an additional $50,000, which is about as far as they cam go because ae. 
of shortage of funds for such purpose. He gave as his thought thet the three eae 
counties had beea more than generous in their contributions and probably i 
have contributed more to this work than other counties throughout the state 
have contributed to similar work in theif respective counties, which should 
be justification for additional expenditures by the state on the Wilson River 
road. He gave as his understanding that the project from Jordan Creek to the i 
Washington County line will cost a little over $100,000 and advised that the 73 
three counties are willing to contribute the sum of $50,000 toward this ex- i 
petise, represented by rental of equipment. Judge Rosenberg also made an ap- ; 

from the standpoint of preservation of scenery on this section. He ad- 4 

vised that the Weyerhaeuser Timber Company has offered to deed, either to the a ae +3 
state or to Tillamook County, a strip of timber land about one-half mile wide i) : 
on each side of the highway for park purposes across its holdings. He visual-— 7 
ized, if the offer is accepted, an extremely fine park and recreational area ; 
adjacent to this highway throughout its entire length. 


Mr. Shull declared that Multnomah County has reached the limit of 
its contribution to this project. He explained that Multnomah County joined 
in this work two years ago as an emergency relief proposition and for the 
same reason continued to support the project in 1957, but the county's fi- 
nances at this time are such that it cannot contribute further. He expressed 
confidence in Mr. Apperson, City Engineer of Portland, under whose direction 
the work was carried on. 


OCT 22 1937 


ratrau 


President of the Corvellis Chamber of Commerce, was present and urged the 
Commission to designate and construct as a secondary state highway a 5-mile 
extension of the Territorial Secondary Highway from the Lane-Douglas County 
line southerly to a connection with the Pacific Highway at Anlauf, in Doug- 
las County. They pointed out that this is the only uncompleted section of 
the Territorial Highway and alleged that its construction will provide an ex- 
cellent optional route between Southern Oregon points and the Willamette Val- 
ley. Mr. Malone presented a letter signed by the Benton County Court and 
the West Side Highway Association recommending this project, and a letter 
from County Judge George K. Quine, Douglas County, endorsing the project on 
behalf of the Douglas County Court. 


Chairman Cabell advised that the Highway Commission is experienc 
ing a shortage of funds and is endeavoring to curtail expenses as much as 
possible in order to have money available to match Federal Aid Funds, so it 
is necessary to postpone some of the purely state projects, in view of which 
it does not appear possible to give the delegation any encouragement at this 
time. He added that the Commission realizes the facts concerning this road 
and will be glad to consider it for improvement when funds become available 
but present indications are that tne project cannot be undertaken during the 
1938 season. 


A delegation composed of citizens from Washington County, Tilla- 
mook County and Multnomah County, and the city of Portland, was present and 
conferred with the Commission relative to the completion of the Wilson River 
Highway. County Judge Donald T. Templeton, of Washington County, headed the 
group, which included the following: County Commissioner H. D. Kerkman of 
Washington County; County Judge H. H. Rosenberg and County Commissioners E> 
H. Lindsey and E. G. Anderson of Tillamook County; Frank Shull, Chairman, and 
Commissioners C. A. Bigelow and Erwin A. Taft, representing the Board of | 
County Commissioners of Multnomah County; L. G. Apperson, City Mmgineer of 
Portland; G. H. Huthman, J. L. Peacock, L. M. Lepper, W. W. Tyler, and Norman 
Todd, all of Portland; Loyal M. Graham, J. A. Thornburgh, F. D. Gardner, and 
Hugh McGilvra, all of Forest Grove; E. A. Griffith and F. Briethauer, of 
Hillsboro; and John Aschim, Oscar Effenberger, Walter Nichols, and Clarence 
M. Coe, all of Tillamook. 


Judge Templeton advised that the purpose of their appearance before 
the Commission is to ask the state to contribute funds to insure the contin- 
uence of construction work on the Wilson River Highway. He advised that, 
unless the state assists in this project, it will be necessary to close dowm 
the work because of the new rules of the W.P.A. which limit the things for 
which W.P.A. money may be expended. He pointed out that money heretofore 
contributed by the city of Portland for this work came from a special bond 
issue; that all of such money has been expended, and it would be illegal for 
the city to appropriate additional funds through its budget for work on a 
highway outside the city limits. He also said that the Washington County end 
of the work is practically completed and that the work remaining is nearly 
all in Tillamook County. Washington County, he said, feels that it has gone 
as far us it can in contributing funds to the project; in fact, is not 
financially able to continue putting up the sum of $25,000 per year, as in 
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Mr. Riley and Mr. Grant stated their willingness to wait for a decision on 
the right of way matter until the railroad company has had an opportunity to 
review the entire right of way situation. The Attorney was authorized to 
get a quitclaim deed from Mr. Benson, in favor of the city, and also a quit- 
claim deed from the railroad company, in favor of the city, after which the 
city will deed to the state, but the deed from the railroad company cannot 
be obtained until the railroad company and the Highway Commission have 
reached an agreement with respect to other rights of way. Further discussion 
on this matter was deferred pending the perfection of the agreement with the 
railroad company. 


The, Commission discussed with the city officials acquisition of 
parts or all of Lots B, 1, 2 and 3 of Block 98, and Lots 5, 4, 5 and 6 of 
Block 99, Irvington Park Addition to the City of Portland, which property is 
needed for right of way for the North Lombard Street Extension (N.E.Portland 
Secondary Highway No. 123.) The Assistant Attorney advised the Commission 
that there is a question whether or not this property is needed as a site on 
which to store highway maintenance equipment and that he has asked advice 
from the Division Imgineer in regard thereto. In view of this report, the 
Commission deferred a decision until such information is received. 


County Judge David F. Graham, Malheur County, was present. He asked 
for the improvement of the Central Oregon Highway between Harper and Juntura 
and for the improvement of the John Day Highway between Jamieson and Brogan. 
He also asked the Commission to investigate a new route for the Old Oregon 
Trail across Malheur County, extending from Ontario to a point near the Baker 
County. line, which, he said, would reduce by several miles the distance be 
tween these points. He also asked for the improvement of the road kmewn as 
Graham Boulevard, being a secondary state highway extending westerly from the 
town of Vale, and that an investigation be nade to determine the possibility 
of a bypass in Ontario. Judge Graham presented a letter requesting the above 
improvements and setting forth arguments in support of the same. He was in- 
formed by the Ingineer that he could not recommend to the Commission the pro- 
posed shortcut route for the Old Oregon Trail north of Ontario. He was also 
informed that the Highway Commission is not in a position to make any defin- 
ite statements regarding the projects mentioned at this time but will keep 
them in mind in the formulation of future highway programs. 


In this connection there was presented to the Commission a letter 
from J. L. Taylor, Manager of the Vale Chamber of Commerce, requesting the 
following: (1) Completion of the Central Oregon Highway between Vale and 
Bend to permanent, all-weather standards; (2) Completion to modern standards 
of that portion of the John Day Highway between Lancaster and Brogan; and (5) 
A substantial and orderly schedule of betterment on secondary roads in Mal~ 
heur County. There was also presented a petition signed by 125 residents 
along the Lancaster-Brogan Section of the John Day Highway requesting the 
early and substantial betterment of that section of this road. The Commis- 
sion ordered the communications filed for future consideration. 


At 4:00 o'clock p. m. Chairman Cabell announced the following 
awards of contracts, sale of buildings, and sale of old tires and tubes, bids 
for which were received at the morning session: 
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Mr. Apperson stated that the city of Portland is not in a position 
to contribute any more funds for this work. He declared that the paramount 
issue at the present time is to make provision for the repair of equipment, 
inasmuch as it is practically impossible to secure W.P.A. funds for suc: pur- 
pose; in fact, on account of the procedure that now has to be followed in se- 
curing such funds, the equipment would be tied up practically half of the 
time waiting for authority from Washington, D. C. He asserted that the main 
purpose of the appearance of the delegation before the Highway Commission to- 
day is to urge the Commission to authorize equipment repairs at state ex- 
pense, which would make it possible for the construction work tc proceed. 


Others speaking in behalf of this projedt were Mr. L. M. Lepper and 
W. W. Tyler, representing the East Side Commercial Club; Erwin A. Taft and C. 
A. Bigelow; E. A. Griffith, representing the Hillsboro Chamber of Commerce; 
Walter Nichols, representing the North Ind Tillamook County Chamber of Com 
merce; John Thornburgh and Loyal M. Graham, representing the Forest Grove 
Chamber of Commerce; and Clarence M. Coe, representing the Tillamook Chamber 
of Commerce. 


Judge Templeton concluded the presentation by urging the early com 
pletion of both the Wilson River Highway and the Wolf Creek Highway. 


Chairman Cabell advised that the Commission has not yet prepared 
its 1938 budget, but present indications are that the Commission will not be 
able to increase its allocation to the Wilson River Highway although the mat- 
ter will be givan full consideration at the time the budget is discussed. 

He added that this will be done in the near future and the delegation will 
be advised of the action taken. 


The following persons constituted a delegation which appeared be- 
fore the Highway Commission in regard to right of way for the proposed high~ 
way up the Columbia River, between Troutdale and Multnomah Falls, and partic- 
ularly concerning the right of way in the immediate vicinity of Multnomah 
Falls: Frank S. Grant, City Attorney, Portland; R. E. Riley, Portland City 
Commissioner; John F. Logan, attorney, Portland, representing the interests 
of former State Highway Commissioner Simon Benson; and Sam Murray, represent- 
ing the Union Pacific Company. 


Mr. Logan read a letter from Mr. Benson in which he advised that he 
would have no objection to the waiver of his reversionary rights on the prep- 
erty involved. 


The matter was discussed at some length but definite action in re- 
gard thereto was deferred pending a conference with the Oregon-Washington 
Railroad and Navigation Company in regard to right of way involved, particu- 
larly the portion that Mr. Benson donated to the city of Portland for park 
purposes, known as Benson Park. Mr. Murray said that before the railroad 
company would consént to releasing any of its land that is needed for highway 
right of way, the company would have to have full and complete information 
with respect to all of the right of way that is needed for this improvement. 
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County. The low bidder on this job was 0. C. Yocom, Portland, 

at $8,885.00. The next low bidder was Rogers Construction Company, 
Dayton, Washington, at $9,070.00. There are five higher bidders. 
The Commission has awarded this contract to 0. C. Yocom at his bid 
of $8,885.00. 


“The Dalles Roadside Improvement Project on the Columbia River 
Highway, in Wasco County. Van Cleave & Van Cleave, Hoevet, Oregon, 
submitted the low bid on this project, in the amount of $5,375.00. 
The next low bidders wereJ.A. Terteling & Sons, Boise, Idaho, with 
their bid of $7,750.00. There are three higher bidders. The Com— 
mission awards this contract to the low bidders, Van Gleave & Van 
Cleave, at their bid of $5,375.00. 


"Seale of buildings in Oregon City. The Commission received 
two offers for the purchase of group "A", being those of E. Dodge, 
Oregon City, at $75.00, and the Sullivan Wrecking Company, Port- 
land, at $60.75. Only one offer was received for group "B* build- 
ings, being that of the Sullivan Wrecking Company, Portland, at 
$167.69. The Commission has rejected all of these offers. 


"Sale of residence buildings at Marshfield. The Commission 
received only one offer for the purchase of these buildings, being 
that of Asbjorn Moen, Bunker Hill, at $70.00 for Building "A". The 
Commission considers Mr. Moen's offer satisfactory end has sold 
Building "A" to him at his bid price. 


"Sale of factory buildings in Portland. The Commission re- 
ceived three offers for the purchase of these buildings, the high 
one being that of McCullough & Sons, Portland, at $580.00, the 
others being those of the 0. K. & Rose City Wrecking Company at 
$151.00 and of the Sullivan Wrecking Company at $102.98 The 
Commission has sold the buildings to the high bidder, McCullough 
& Sons, Portland, at their offer of $380.00. 


"Sele of used tires and tubes. The Commission received two 
bids for the purchase of Lot No. 1 located at Salem, being those 
of Cluster's Auto Wreckers, Eugene, at $105.00, and the City Tire 
Company, Portland, at $85.00. The Commission has accepted the high 
bid submitted by Cluster's Auto Wreckers and has sold the material 
to them at their bid of £105.00. The Commission received only one 
bid for the purchase of Lot No. 2 at La Grande, being that of the 
City Tire Company, Portland, at $45.00. The Commission considers 
this bid unsatisfactory end has rejected it." 


Mrs. Virginia A. Hickey, Brightwood, Oregon, came before the Commis 
sion and asked reconsideration of her claim against the Commission arising 
out of the reconstruction of the Mt. Hood Highway in front of her premises at 
Brightwood. She asked particularly that some provision be made so that she 
would have access to her property from the highway, which facility, she al- 
leged, she does not enjoy because of the removal of material from the front 
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"Furnish 9,000 cu. yds. of crushed rock in stock piles for the 
Middle Bridge-Black Bridge Section of the Baker-Homestead Highway, 
in Baker County. The low bid received for this project is that of 
E. H. Itschner, Molalla, at $15,030.00. The next low bid ie that 
of Smith & Company, Goldendale, Washington, at $15,350.00. There 
were twelve higher bidders. The Commission has awarded this con- 
tract to the low bidder, £. H. Itschner, at his bid of $15,030.00. 


“North Powder-Muddy Creek Section of the Old Oregon Trail, in 
Baker County. 5.69 miles grading, surfacing and penetration type 
bituminous macadam; also furnish 3,000 cu. yds. crushed rock in 
stock piles. The low bid submitted for this project was that of 
Roy L. Houck, Salem, at $152,183.00. The next low bid was that of 
Warren Northwest, Inc., Portland, at $147,264.50. There were ten 
higher bidders. The Commission has awarded this job to Roy L. 
Houck, Salem, at his low bid of $152,183.00. 


"Furnish 6,000 cu. yds. crushed rock or gravel in stock piles 
on the Lincoln County Line-Alsea Momtain Section of the Alsea 
Highway, in Benton County. R. 0. Deil & Warren Bros., Inc., Port- 
land, submitted the low bid for this project at $11,100.90. The 
next low bid was that of Saxton, Looney & Risley, Portland, at 
$11,340.00. There were two higher bidders. The Commission awards 
this job to R. 0. Dail & Warren Bros., Inc., the low bidders, at 
their bid of $11,100.00. 


"Furnish 6,200 eu. yds. crushed rock in stock piles on the Was- 
co County Line-Madras Section of The Dalles—California Highway, in 
Jefferson County. The low bid received was that of H. L. Rice, Port— 
land, at $8,742.00. The next low bid was that of A. S. Wallace,Rose- 
burg, at $9,672.00. There were 14 higher bidders. The Commission 
awards this contract to H. L. Rice at his low bid of $8,742.00. 


"Furnish 11,300 cu. yds. crushed rock in stock pile for the Ed- 
@yville Rock Production Project on the Corvallis-Newport and Eddy- 
ville-Blodgett Highways, in Lincoln County. The low bidder is Roy L. 
Houck, Salem, at $17,480.00. The next low bidder is 0. C. Yocom, 
Portland, at $18, 830.00. There are ten higher bidders. The Commis— 
sion has awarded this contract to the low bidder, Roy L. Houck, at 
his bid of $17,480.00. 


"Hebo Rock Production Project on the Oregon Coast and McMinn- 
ville-Tillamook Highways, in Tillamook County. The Commission re~ 
ceived only two bids for this project, the low one being that of 
Saxton, Looney & Risley, Portland, at $14,180.00. The other bid 
was that of Dolan Construction Company, Tillamook, at $15,400.00. 
The Commission has awarded this project to Saxton, Looney & Risley 
Portland, at their low bid of $14,180.00. 


"Furnish 5,100 cu. yds. crushed rock in stock piles for the 
Wallowa-Interprise Section of the Wallowa Lake Highway, in Wallowa 
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would not be in a position to carry on a definite highway construction pro- 
gram because of uncertainty of highway funds with which to finance the proj- 
ects. 


The Attorney requested instructions in regard to acquiring the bal- 
ance of the right of way needed for the new highway along the waterfront in 
Oregon City. He was authorized and instructed by the Commission to proceed 
with the taking of options for such right of way so that no delays will be 
ee ae from this standpoint when the project is ready to advertise for 

8. 


The Engineer presented a letter dated October 20, 1957, from the 
Landscape Engineer, recommending that the State Highway Commission make for- 
mal application to the Works Progress Administration for W.P.A. blanket 
project proposals covering approximately twenty-five counties throughout the 
state in order to expedite W.P.A. projects after they are approved for con- 
struction. He explained that the granting of the blanket proposal by the 
Works Progress Administration in Washington, D- C., will in no way obligate 
the State Highway Commission to undertake the projects listed therein and 
will not obligate the State Highway Commission to spend any money in connec- 
tion with them unless it so desires, but it will expedite the undertaking of 
individual projects later on when the Commission is ready to proceed with 
them, by requiring, at that time, approval only by the Board of Review in 
Oregon. The Engineer gave as his thought that it would be advisable for the 
Commission to file en application for such blanket project proposal as out— 
lined in the Landscape Engineer's letter and he so recommended. After dis— 
cussion, the Commission approved the recommendation by unaninous vote and au- 
thorized the Engineer to proceed in accordance therewith. 


The Commission discussed the situation presented by the District 

Attorney of Coos County in his letter to the Highway Department with respect 
to prosecutions for the violation of the law by log haulers with respect to 
overloading. The District Attorney's letter disclosed that juries in Coos 
County are friendly to log haulers and the logging industry to such an extent 
that it is almost impossible tm get convictions for violations of the law by 
log haulers, notwithstanding the fact that the evidence of the State Police 
may be very definite and conclusive with respect to the violation charged. 


The Commission, after discussion, concluded that when a log hauler 
is arrested by the State Police charged with overloading or other violation, 
he will be given an opportunity to voluntarily surrender his P.U.C. plates 
for the period heretofore fixed by the Commission, and, should he refuse to 
turn over his plates, the Commission will then recommend to the Public Util- 


ities Commissioner that his special carrier permit be revoked. 


The Engineer reported that, in accordance with authority previously 
granted him by the Commission, he has ordered a number of surveys since the 
last meeting of the Commission. He presented a list of such surveys and 
asked the Commission to confirm the action. After due consideration, Commis— 
sioner Tou Yelle moved that the State Highway Engineer be authorized and in- 
structed to make such location surveys on various sections of the highways 
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of her property by reason of highway construction. She intimated that she 
was given to understand at one time that the Highway Commission would con- 
struct a roadway for her if she would let the state have some more of her 

land for highway right of way. 


Chairman Cabell advised that the offer of settlement made to Mrs. 
Hickey some time ago by the Highway Commission was considered final and did 
not include the building of a roadway. He further stated that the Highway 
Commission discussed this matter on the previous evening and arrived at the 
conclusion that the previous offer of $175 cash settlement is fair and is 
all that the Commission can pay, and if Mrs. Hickey is not satisfied with 
such settlement, then, of course, she has the alternative of securing the 
services of a lawyer and going to court about the matter. 


Mrs. Hickey then inquired whether or not the Highway Commission 
would object to her building a road from the highway up to her property. 
The Engineer stated that he would offer no objections provided that when the 
road is completed the highway facilities will not be impaired by the filling 
up of the highway drainage ditches and the ravelling of slopes, etc. He said 
that he would have the highway right of way line staked out for Mrs. Hickey's 
guidance just as soon as she definitely decides where she wants her road. He 
also said that he would have the Division Ingineer contact Mrs. Hickey dur- 
ing the following week. 


Mr. Joseph Terresi, and his attorney, Mr. Smith, came before the 
Commission in regard to Mr. Terresi's claim for damages arising out of the 
construction of the East Portland-Oregon City Highway in East Portland. Mr. 
Smith was spokesman. He said that Mr. Terresi's property lies adjacent to 
Union Avenue, between Stephens and Harrison Streets, and is situate between 
the Peters and Morrison properties, which were also damaged by the highway 
construction and for which the Highway Commission recompensed the owners. He 
gave as his thought that Mr. Terresi is as much entitled to compensation for 
damages to his property as the Peterses and Morrisons, and accordingly urged 
the Commission to reverse its decision previously rendered denying the clain. 


After considerable discussion, during which the facts in the case 
were reviewed and Chairman Cabell explained the law which authorizes the 
Highway Commission to make settlements for damages in certain instances where 
property has been affected by a change in the grade line of a city street ne- 
cessitated by state highway construction, the Commission confirmed its pre- 
vious decision, it being apparent that the property in question is just as 
valuable now as it was before the highway was built, and that the highway 
project was contracted and under way before the law authorizing the Highway 
Commission to pay damages in such cases was enacted. Chairman Cabell pointed 
out that, while the law authorizes the Commission to pay damages in cases of 
this kind, it is not retroactive, which can be considered fortunate from the 
state's standpoint because it relieves the state from liability for innumer- 
able claims that might arise out of projects completed long ago. He added 
that, were it not for the non-retroactive feature of the law, highway con- 
struction work would be greatly affected; in fact, the Highway Commission 
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Vicinity- - - — 20-2824 ~ Hill Creek Bridge, Pacific Highway, 
Lane County, 0.5 mi. lst authorization $150.00 
Total $150.00. 


Location- ~ -- - 23-2811 ~ Nyssa Undercrossing, Old Oregon Trail, 
Harney County, 2.0 mi. Ist authorization $1200.00 
Total ¢1,200.00, 


Location=- - - - 22-2801 - Sheeps Ridge East, Santiam Highway, 
Linn County, 5.11 mi. 2nd authorization $1000.00 
Total to date $1,500.00. 


Revised - - -— -123-2812 - Owyhee River—Blue Mountain Pass, I.0.N. Highway, 

Location Malheur County, 40.15 mi.lst authorizat'n $2000. 00 
Total $2000.00. 

Location- - - - - Boardman-Stanfield, Old Oregon Trail, 


Umatilla Co., 25.5 mi. lst authorization $ 10, 200.00 


The motion was duly seconded and was declared by Chairman Cabell to have car- 
ried by the unanimous vote of the Commission. 


The Engineer brought up for discussion the matter of conducting a 
location survey for a proposed revision of the Old Oregon Trail between Stan- 
field, in Umatilla County, and Boardman, in Morrow County. He said that the 
Commission has no plans for constructing this revision in the immediate fu- 
ture but he believed that it would be a good idea to have the location survey 
completed well in advance of construction so that no delays will be encoun- 
tered on that account when the Commission is ready to proceed with construc- 
tion. He requested authority to make such location survey this coming winter. 
The Commission approved the request by unanimous vote. 


The Commission had under consideration the following requests for 
to vensions of time within which to complete highway construction projects: 


Hoffman Construction Company, Contract No. 1915, for the con- 
struction of the Milwaukie Avenue Undercrossing on the East Port— 
land-Oregon City Highway, in Portland, requested an additional ex- 
tension of time, from July 24 to August 28, 1937, in which to com 
plete this project. They alleged that the extra time required to 
complete this job was needed to construct the hand rail on the 
northwest and southeast corners of the structure, which work could 
not be done until certain riprap work had been completed on the 
banks supporting the same, which riprar work was not contemplated 
in the original contract. The Engineer advised that the reason 
given by the contractor for failure to complete the job within the 
time specified is substantially correct. He recommended that the 
extension of time requested be granted without penalty and submit- 
ted a letter from the Bureau of Public Roads concurring therein. 
The Commission approved the recommendation by unanimous vote. 
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of this state, which said 


sectiors of highways, together with their identify- 


ing survey numbers and the amounts authorized and allocated for such survey 
expenditures, are as follows: ; 


Right of Way- - 20-1910 - 


Location- - - -130-2818 - 


Location- - - -226-2830 - 


Location- - - — 26-2802 - 


Signal Device - 18-1821 - 


Quarry Stock - 14-2811 - 
Pile 


Right of Way - 20-1009 - 


Location- - - -— 15-2815 - 


Quarry - - - -— -29-2821 - 


Location- -- — 62809 - 


Location- - - - 7-2803 - 


Location- - - - 33-2812 - 


Glenada—Douglas County Line, Oregon Coast Highway, 
Lane County. 2nd authorization $150.00 
Total to date $522.00. 


Hermiston—Columbia River Highway, Umatilla County, 
6.7 miles. lst authorization $700.00 
Total $700.00. 


Lombard-Sandy, N.E. Portland Secondary Highway, 
Multnomah County. 4th authorization $500.00 


Total to date $4,500.00. 


Troutdale-Cascade Locks, Columbia River Highway, 
38 mi. Multnomah Co. 4th authorization $2000.00 
Total to date $58,000.00. 


Olene Grade Crossing, Klamath Falls-Lakeview Hwy., 
Klamath County. lst authorization $100.00 
Total $100.00. 


Viento-Memaloose, Columbia River Highway, 
Hood River County. lst authorization $300.00 
Total $300.00. 


Lincoln County Line-Florence, Oregon Coast Highway, 
Lane County. 2d authorization $700.00 
Total to date $1,558.00. 


Sardine Creek, Pacific Highway, Jackson County, 
2nd authorization $100.00 
Total to date $250.00. 


Hebo-Dolph Section, McMinnville-Tillamook Highway, 
Tillamook County. lst authorization $200.00 
Total $200.00. 


North Bend-Marshfield, Oregon Coast Highway, 
Coos County, 35 miles. 4rd authorization $250.00 
Total to date $4,750.W0. 


Mill Creek-Marks Creek, Ochoco Highway. 
Crook County, 4.7 mi. 5th authorization 600.00 
Total to date $6,650.00. 


Dufur-Meupin and Wapinitia-Maupin, The Dalles- 
California & Wapinitia Highways. 

Wasco County, 36 mi. Ist authorization $300.00 
Total to date $300.00. 


further advised that the contractor did everything possible to 
correct this situation and complete the project within the spec- 
iiied time limit but was unable to do so. He also stated that 
the traveling public has not been greatly inconvenienced by the 
delay because it has had the use of a paved detour at all times 
during construction; furthermore, the engineering costs of the 
project have not been greatly increased by the delay. He recom 
mended, in view of the circumstances, that the Commission grant 
an extension of time of 10 days, up to September 10, 1957, 
rather than 50 days, without penalty, and in support thereof he 
submitted a letter from the Bureau of Public Roads concurring 
= The Commission approved the recommendation by unanimous 
vo . 


Harold Blake, Contract No. 1970, for furnishing crushed ma- 
terials in stock pile for the Willamina Rock Production Project 
on state highways in Polk and Yamhill Counties, requested an ex- 
tension of time from July 31 to October 31, 1957, in which to com- 
plete this job. He alleged that his failure to complete the proj- 
ect within the time limit specified was due to the fact that he 
was required to furnish additional materials that were not conten- 
plated in the original contract. The Mgineer advised that the 
contractor actually furnished all of the mterials called for in 
the contract by September 9, which is really the date of completion 
of the contract, but he was requested to furnish additional mater— 
ials, which it is anticipated will be delivered by October 31. He 
recommended that the extension requested be granted without penalty. 
The Commission approved the recommendation by unanimous vote. 


R. I. Stuart & Sons, Contract No. 1974, for furnishing crushed 
rock in stock piles for the Beatty-Bly Section of the Klamath Falls- 
Lakeview Highway, in Klamath County, requested an extension of time 
of one month, from July 51 to August 51, 1957, witkin which to conm- 
plete this job. They gave no reason for failure to complete the 
project within the specified time limit. The Ingineer advised that 
he knew of no reason why the contractor could not complete the job 
within the time limit specified in the contract. He recommended 
that the extension requested be granted subject to the condition 
that the contractor be required to reimburse the state for engineer-— 
ing and inspection costs incurred subsequent to July 51, 1957. The 
Commission approved the recommendation by unanimous vote. 


The Engineer reported that contracts Nos. 1906, 1914, 1918, 1935, 
1957, 1944, 1947, 1955, 1965, 1974, 1981, and 1982, for the construction of 
state highway projects have been completed according to the requirements of 
the contracts or modifications thereof and that said jobs are now ready for 


acceptance. 


The following resolution accepting the above projects was offered 
and was adopted by the unanimous vote of the Commission: 
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McNutt Bros., Contract No. 1917, for grading the Wall Creek- 
Siskiyou Section of the Pacific Highway, in Jackson County, request-— 
ed an extension of time from May 52. to August 18, 1937, within which 
to complete this project. They alleged that their failure to com 
plete the preject within the specified time limit was occasioned by 
the fact that they were not permitted to burn slashings until Decem- 
ber, 1956, and that during the months from January, 1937 to April, 
1937 they were handicapped by an unusual fall of snow followed by 
heavy periodical rain, which made the handling of excavated material 
very difficult. The Engineer advised that the United States Forest 
officiels would not permit McNutt Bros. to burn slashings until well 
along in the month of December, and as a result they were not able to 
do any of tneir grading work until spring of this year. He further 

advised that the contractor was required, in connection with this 
job, to remove a large quantity of slide materials on an adjoining 
section, which work was not contemplated in the original contract. 
He recommended, in view of the circumstances, that the extension re- 
quested be granted without penalty and submitted a letter from the 
Bureau of Public Roads concurring therein. The Commission approved 
the recommendation by unanimous vote. 


Medford Concrete Construction Company, Contract No. 1943, 
for furnishing crushed material in stock pile for the Valley Falls- 
Cinder Butte Section of the Lakeview-Burns and Fremont Highways, in 
Lake and Harney Counties, requested an extension of time from May 
31 to November 1, 1937, within which to complete this contract. 

They gave no reason for failure to complete the project within the 
specified time limit. The Ingineer advised that, due to the fail- 
ure of the contractor to complete this job within the specified 

time limit, it will not be possible for the oiling contractor to com 
plete his contract this year, which will require additional minten- 
ance during the coming winter, costing between $1,000 and $2,000. He 
recommended, in view of the circumstances, that the extension now 
requested by the Medford Concrete Construction Company be granted 
but that this contractor be charged for all engineering expense in- 
curred by the state subsequent to the completion date specified in 
the contract. The Commission approved the recommendation by unani- 
mous vote. 


Jacobsen-—Jensen Company, Contract No. 1953, for paving the Shady 
Point-Kelly Corner Section of the Pacific Highway, in Douglas County, 
requested an extension of time of 50 days, from August 31 to Septem- 
ber 30, 1937, within which to complete this job. They alleged that 
their failure to complete the project within the specified time limit’ 
was due to unfavorable weather conditions and other conditions beyond 
their control. The Engineer advised that the contractor actually com 
pleted this project on September 10, requiring an extension of time of 
only 10 days rather than 30 days as he has requested; also, that the 
main reason that the contractor failed to complete this project within 
the specified time was the fact that their gravel plant was continuous- 
ly broken down and they were unable to obtain the necessary rock. He 
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Contract No. 1981, with Averill & Corbin, for the 
construction of the west approach to the bridge over the 
Willamette River on the Salem-Dallas Highway, at Salem, in 
Polk County. Completed October 12. 1957. 


Contract No. 1982, with Mountain States Construction 
Company, for grading and paving the Middleton—Votaw Sec- 
tion of the Pacific Highway West, in Washington County. 
Completed October 14, 1937. : 


Dn eal we uc a 


THEREFORE, BE IT RESOLVED that the work covered by said 
state highway contracts for the construction of said state highway 
projects be declared completed according to the terms of the re- 
spective contracts, and said jobs are hereby accepted and final 
payment in connecticn with eech is hereby authorized. 


ee 


eis 


The Commission had under consideration a claim made by Mr. Walter 
C. Miller, McMinnville, for damage to hops which he alleges were rendered un- 
marketable because of dust that was deposited on them as a result of state 
highway construction adjacent to his hop field. Mr. Miller states that he 
was forced to leave at least three thousand pounds of hops on the vines, rep- 
resenting a loss to him, at the present market value, of approximately $500, 
and asks compensation from the State Highway Commission in that amount. The 
Commission refused to assume responsibility for this damage and thereupon de- 
nied the clain. 


The Commission considered and signed the following agreements, et 
cetera: 


Agreement with James Moore providing for relinquis.ment of a 
homestead filing on the Southeast quarter of the Northwest quarter 
of Section 7, Township 11 South, Range 26 East, W. M., Grant Coun- 
ty, Oregon, and the acquisition of the same by the State Highway 
Commission; 


ee 


Slag aan 


Agreement with Lester J. Peters and Martin A. Peters dispos- 
ing of their claim for damages arising out of the construction 
of the Union Avenue Undercrossing project on the East Portland- 
Oregon City Highway, in East Portland; 


on ear ee ey 
1 


ws a 2 
Bing dee is PME 
atte: ie 


: 


ntal agreement with Julius Gunnell extending his con- 
tract with the Commission for furnishing ferry service across Coos 
River at Enegren Ferry, in Coos County; 


Agreement with the City of Portland covering the subject of 
maintenance of streets in the city of Porvland over which state 
highway traffic is routed; 


Agreement with Mr. and Mrs Ernest F. Koble disposing of claim 
arising out of construction of Pacific Highway (new route) across 
the Koble property, in Jackson County; 
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WHEREAS, the Mngineer has reported that the following 
State Highway Commission contracts for the construction of state 
highway projects have been completed according to the terms and pro- 
visions of the contracts and that said jobs are now ready for accep~ 
tance: 


Contract No. 1906, with Berke Bros., Inc., for grading 
ard bridge construction on the Tunnel Section of the Old Ore- 
gon Trail, in Baker County. Completed June 7, 1987. 


Contract No. 1914, with Roy L. Houck, for grading, sur- 
facing, and rock production on the Crawfordsville-Holley Sec- 
tion of the Halsey-Sweet Home Secondary Highway, in Linn Coun- 
ty. Completed September 9, 1937. 


Contract No. 1918, with Schmeer, Williams and Gentemann, 
for producing crushed rock for the Haines-Baker Section of the 
Old Oregon Trail ‘iighway, in Baker County. Completed Septem- 

ber 21, 1957. 


Contract No. 1933, with Dolan Construction Company, for 
grading, surfacing, and construction of a bridge on the North 
Fork Nehalem River Section of the Oregon Coast Highway, in 
Clatsop County. Completed September 21, 1957. 


Contract No. 1937, with A. S. Wallace, for producing 
crushed rock for the Eagle Point-Crater Lake Section of the 
Crater Lake Highway, in Jackson County. Completed August 28, 
1957. 


Contract No. 1944, with E. F. and Wi. F. Philpott, for the 
construction of a bridge over Necarney Creek on the Oregon Coast 
Highway, in Tillamook County. Completed September 30, 1957. 


Contract No. 1947, with Mountain States Construction Com- 
pany, for grading and paving the Rex Hill-Newberg Section of the 
Pacific Highway West, inYamnill County. Completed October 14, 1937. 


Contract No. 1953, with Jacobsen-Jensen Company, for grad- 
ing end paving the Shady Point-Kelly Corner Section of the Pacif-~ 
ic Highway, in Douglas County. Completed September 9, 1937. 


Contract No. 1965, with H. L. Rice, for producing crushed 
rock for the Memaloose Park-Dillon Section and the John Day River~— 
Blalock Section of the Columbia River Highway, in Gilliam, Sher- 
man end Wasco Counties. Completed September 23, 1937. 


Contract No. 1974, with R. I. Stuart & Sons, for producing 
crushed rock for the Beatty~Bly Section of the Klamath Falls- 
Lakeview Highway, in Klamath County. Completed August 27, 1937. 
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Portland, Oregon, November 17, 1937 


The State Highway Commission met in the Tyrolean Room of the Benson 
Hotel at 9:00 o'clock a. m. Present were: 


Henry F. Cabell, Chairman 

»E. B. Aldrich, Commissioner 

F. L. Tou Velie, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


The County Court of Polk County consisting of County Judge Herman 
Ven Well and County Commissioners Fred Gibson and Harrison H. Brant came be- 
fore the Commission in regard to Polk County's indebtedness to the state for 
state highway construction, which indebtedness amounts to $106,278.85. Judge 
Van Well stated that the county court recognizes the state's claim and does 
not want to repudiate it but on the other hand desires to settle the account 
if satisfactory arrangements can be made with the Commission for disposing of 
it on a time basis. He pointed out that the county's budget contains an item 
of only $90,000 for road purposes so they are not in a position to go very far 
in taking up this account at an early date. 


The State Highway Engineer suggested that, if the county could see 
its way clear to pay this account, the Highway Commission might be willing to 
spend the money for construction of secondary highways in Polk County as the 
county court might desire. This suggestion appeared satisfactory to the cowty 
court and Judge Van Well proposed that consideration be given to a five-year 
program for such funds. He suggested, for improvement in such program, the 
Ballston Road and whet is known as the Gibson Road which extends westerly from 
the tom of Lincoln toware McCoy. He particularly requested that the Gibson 
Road be improved in the Federal Aid Secondary Highway Program. Commissioner 
Gibson suggested that the Kings Valley Road might be improved in such program 
inasmuch as it is bedly in need of improvement. 


Chairman Cabell explained that it is the desire of the Commission to 
close the accounts against the counties so as to avoid public criticism. He 
inquired what the Commission could expect from the Polk County Court in this 
regard, 


Judge Van Well stated that the county could not pay anything at the 
present time and they would have to increase the amount of their budget in or- 
der to take care of the indebtedness but they are limited to approximately 
$10,000 on account of the six per cent tax limitation. 


Chairman Cabell then suggested that the county might give the Commis- 
gion an order on the Secretary of State to pay to the state a portion of Polk 
County's share of the gasoline tax and motor vehicle license fee fund as has 
been done by other counties. He indicated that the Commission might reduce 
the principal amount of the indebtedness and spend the proceeds on projects 
approved by the county court if the county would provide for the orderly 
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Bargain and sale deed conveying unto School District No. 12, 
Yamhill County, 1.08 acres of land located in the Charles John- 
son D.L.C. No. 62, in Section 10, Township 5 South, Range 4 West, 
W.M., Yamhill County, Oregon, being a part of the land acquired 
by the state from Sophia R. Houch et al for right of way; 


Voucher covering payment to James T. Goodman Insurance Agency 
in the sum of $3,313.15, representing premium for the first year 
on insurance policy No. 1528 issued by the underwriters of Lloyds, 
London, in connection with the Columbia Gorge snow-removal agree- 
ment between the State Highway Commission and the Union Pacific 
Kailroad Company, the balance of the premium to be paid later, 
making a total of $6,480.00; 


Agreement with the United States Soil Conservation Service 
renewing a previous agreement relative to demonstrationsof ero- 
sion control along highways. 


The Commission had under consideration the setting of a date for 
its next regular meeting to receive bids for highway construction projects. 
Such meeting was scheduled for Tuesday, November 30, in Portland. The Sec-— 
retary was instructed to arrange to hold this meeting in the Auditorium of 
the Public Service Building, Portland, as usual. 


The Commission also set Wednesday, November 17, as the date for a 
special meeting to consider the adoption of a construction program for the 
1938 season and to dispose of accumulated routine matters. The Secretary 
was instructed to arrange to hold this meeting in the Benson Hotel, Portland. 


There being no further business to come before the Commission at 
this time, the meeting was adjourned at 5:30 o'clock p. m. 


~~“State Highway Engineer 
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acquisition of the said properties and to take title thereto in the 
name of the State of Oregon. The said properties hereby ordered and 
authorized to be acquired are as follows: 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


bi ver H 
1832—Joseph, Geo. W. and Park 277.0 $27.07 per a. plus 
Alternate "C" $302.25 Parker 
Lif ? Vv t West Po —Hybbard 
4589-Maycock, John G. 20400 sq.ft. per sq.ft. plus 
$842.00 Parker 
1 Vv ti lumbia River hwa: 
18 icGowen, P. J. & Sons 5.9 at $15.00 Parker 
N L -K sworth Highw 
5255-Schneller, Chas. L. 37926 sq.ft. 23825 sq.ft. at 5f 


per sq.ft., 14101 sq.ft. 
at 3f per sq.ft., plus 
$3,301.00 Parker 
5238-Moore, Robt. C. A. m 13101 sq.ft. 3¢ per sq.ft. plus 
£97, plus moving build- 
ings m 
4900-Portland, City of " All of 2 lots at $250 per lot $500.00 
Parts of 4 lots, 40,280 sq.ft. 750.00 
All of 4 lots, 72,900 sq.ft. 1500.00 " 


Pa Wi 
4957-Kinney, Barbara RW 14520 sq.ft. Land $2600, plus 


$1500.00 Gardiner 
(17.9+¢ per sq.ft. 
4965-Snider, J. G. - 2845 sq.ft. To be exchanged for 
other property, plus 
moving buildings ws 
4976-Forney, G. F. n 3063 sq.ft. 7¢ per sq.ft. plus 
$221.54 © 
4980-Smith, Leo C. . 3630 sq.ft. Lump sum, $3500.00 ig 
4971-Forney, C. F. 4911.75 sq.ft. Lump sun, $2150.00 ” 
5137-Board of Trustees of 
Albany College . 14,852 sq.ft. at $0.05 per sq.ft. n 
5138-Hodges, A, J. & Mary " 4,877.54 sqeft. $250 lump sum and to 
be deeded 9135.46 sq. 
ft. in Lots l and 2, " 
Blk. 98, Albany, by State 


= 


Amity-Grubb College Section, Deyton-Amity Highway 
3263-Phillips, Homer C.  R/W 1.44 a. $150 per a. plus $335.60 " 
(Correction) 
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payment of its account. The county court agreed to take this proposition un- 
der advisement and let the Commission know its decision as soon as possible. 


The Commission's Attorney was instructed to prepare a statement of 
facts in regard to the county's indebtedness and to send a copy of the same 
to the county court for its information and study in the preparation of a 
proposition to be submitted to the Commission. 


The Attorney reported on a controversy with the Sumpter Valley Rail- 
way Company invo]ving an encroachment of the Sumpter Valley Secondary Highway 
on the railway right of way in Baker County. It appears tiat the Baker County 
Court originally acquired the right of way for the highway and entered into 
an agreement with the railway company covering the matter of the highway's en- 
croachment upon the railway ay = i property, the road being a market road 
at that time. It also appears t rocks have been deposited on the railroad 
tracks and that the railroad officials allege thet these rocks have been placed 
there as a result of operations of the highway department maintenance forces 
and that the railway company has been damaged to the extent of some $2,500, 
and, unless the company is reimbursed in such sum and is protected from fur- 
ther damages of this kind, they will cancel the agreement for the right of 
way, alleging violation of the provisions thereof, which would react seriously 
on the state because the road is now on the secondary system and no other right 
of way for the same is available. After discussion the Commission referred 
this matter to the Imgineer for immediate investigation and report. 


The Engineer requested authority to acquire certain parcels of real 


property that are needed for various improvements throughout the state and sub- 
mitted a list of such properties together with prices that he recommended be 
paid for each. After careful consideration the Commission approved the . 
request, and adopted the following resolution in regard thereto: 


WHEREAS, in connection with the further improvement of the 
highways hereinafter designated, it is and has been necessary to ac- 
quire property for right of way, quarry sites, gravei or other mater~ 
ial sites, or sites for the storage of materials, as hereinafter more 
definitely set forth; and 


WHEREAS, as a result of negotiations carried on with the 
owners of the property required, options have been obtained, which 
options have been considered by the Commission, outlining the bases 
of settlement which have been agreed upon; and 


WHEREAS, it is the judgment of the Commission that the said 
options should be approved and accepted, and/or the said reports be 
declared acceptable to the State Highway Commission as bases of set- 
tlement for the properties involved, and that the acquisition of the 
properties should be completed: 


NOW, THEREFORE, BE IT RESOLVED that the several offers, or 
bases of settlement hereinafter enumerated be, and the same hereby 
are approved and accepted, and that the Attorney for the State High- 
way Commission be, and he hereby is, instructed to comnlete the 
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‘Gratis : Wells 


Unity Section, John Day Highway 
3057-Elms, Sidney Snow Fence 2.12 1 year lease, $10.00 " 
Heiser Bridge-Ontario Section, Old Oregon Tralt Highway 
5235-Cox, Mowatt Stock Pile 0.98 75 lump sum 
Glenwood West Secticn, Wilson River Highway 
5184-Consolidated Timber Cn. Quarry 4.22 Lump sum, $160.00 Collins 
Jeck Horner Creek-Mohler Section, Oregon Coast Highway 
596-Lagler, Josef Stock Pile 0.25 3-year lease, lump sum 
$40.90 ® 
lafavette-ldtianvilie Section. Pacific Highway eek 
5082-Dennis, C. 0. 0.037 Gratis ” 
h Mi lle Se MoM lle-Tillamook Highw 
4314-Duerst, John 
(Correction) R/W 1.9% $150 per a., plus $2108.50 
plus cost of altering 
building " 
4312-Daniels, M. F. n 0.168 $150 per a., plus $12.50 " 
x 
5025-Thorpe, Frank 13 0.033 $300 per acre MoChesney 
1261-Procter, W. A. Jr. a 0.041 $500 per a., plus$342.50 " 
5047-Siefer, D. E. " 0.035 $500 per a., plus $1952.50 " 
(Correction) 
C al Hi 
5180-Settelmeyer, Jacob Oasis & 
Maint. Site 26.42 $4 per a. McChesney 
Sherman County Section, Columbia River Highway 
1933-McDonald, Mattie J. Stock Pile 1.18 l-year lease, $35 lump 
sum 
Wasco 1 : ion The Dalles—Caili orn: Highway 
517l-Artisans Life Association Stock Pile 0.50 5-year lease, $15.00 
lump sum " 
Be eT a 6.595 a. at $100 
27 llock J. . r e a. 4 per &. 
sidaliate . 1.59 a. at $10 per a. 
plus $997.00 " 


NOV17 1937 


sapere pyre Spee 


f 
it 
ify 
4 
ie 
Fis 
er 
; 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 
Sect. 
1259-Takaki, Jewell I. 7,7 0.831 $300 per a. plus $1900.70 Gardner 


Mitchell-Fort Creek Section, Ochoco Highway 
5183-Sigfrit, Estate J.L. Snow fence 1.50 25-yr. lease, $25 lump 


lease sum Hodge 
vi 0 Cc 
5 alker, William J. Maintenance 0.56 $400 per a. Lytle 
Hdgtrss 
Wepy Gisid Sestion.Orenen Speak. Ei eens 
4769-Rourke, Jennie 6000 sq.ft. Lump sum, $750, includes 
house Benson 
4768-Quick, G. R. " 6000 sq.ft. Lump sum, $1200, includes 
house end garage ® 
4771-Pruett, John " 9000 sq.ft. Lump sum, $2000, includes 
house, garage, woodshed " 
5108-Dobbyn, F. F. n 12,000 sq.ft. Lump sum, $1750, includes 
house and garage " 
5091-Marshfield, City of " 638 sq.ft. Lump sum, $1.00 e 
5118-Farr, C. C. " 5125 sq.ft. 3 1/3¢ per sq.ft. " 
5115-Gilbertson, G. W. " 2123 sq.ft. 5é per sq.ft, " 
" 


4225 sq.ft. 5é¢ per sq.ft, plus $50, 
plus moving bldgs. . 
807 sq.ft. 5¢ per sq.ft. plus $40 


5114-Hill, Oscar 


= 


5111-Pruett, P. J. 


plus moving bldgs. sd 
5095-Porter, F. A. " 6026 sq.ft. Lump sum, $5,000.00 " 
5117-Rolandson, Kate . 4940 sq.ft. 33¢ per sq.ft. * 
5085-Downer, Robert " 3488 sq.ft. At lump sum, $2750.00 xs 
5084~Root, Dixie " 1500 sq.ft. Lump sum, $3000.00 ® 
5105-Tilson, Ida B. " 12,000 sq.ft. Lump sum, $3000.00 n 
5103-Hoffman, M. C. n 6000 sq.ft. $2500 lump sum " 
4786-Mullen, Mary F. 

- Estate, et al " 1.43 a. $300 per acre " 
4770-Saunders, Dell e 6000 sq.ft. $1600 lump sum " 
5104-World War Veterans 

State Aid Commission = 2750 sq.ft. $1475 lump sum be 
chanicowthe velies=la.lomiia fuci ons shersen labiey 
3896-Hinton, J. E. Quarry and snow 

fence site 46.49 a. $10 per a. Benson 

He Middle e-Black Bridge Sectio: = d 

gi 5144-Wilkins, Clyde Stock pile 0.51 Lump sum, $10, plus $15.60 Wells 
Ea hut cti D 

2 tee 5149-Huber, Edward D. Stock pile 0.85 Lump sum, $35, plus $7.50, 

ie F plus fencing Wells 
ea 
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With regard to the acquisition of the McGowan property, transaction 
No. 1836, the Commission decided to confine its purchase to land which is lo- 
cated outside of the beach area along the Columbia River, it being the thought 
of the Commission that such beach area is not desirable inasmuch as it lies 
over the ridge from the highway and for the further reason that the state owns 
other beach area in the sume vicinity. 


The County Court of Malheur County consisting of David F. Graham, 
County Judge, and Ora E. Clark and L. P. Peterson, County Commissioners, was 
present and inquired as to the plans of the Commission with respect to the 
Federal Aid Secondary Highway Program. Chairman Cabell explained that the 
program for the federal aid secondary highway funds cannot be arranged until 
the State-Wide Planning Survey, which is now under way, is completed because 
the Commission needs the information that is being gathered under such survey 
for the selection of projects. He asked the county court to which projects 
they desired preference given in the selection of Malheur County roads for 
such program. Commissioner Clark mentioned the county road between Vale and 
Adrian, known as Lytle Boulevard. Judge Graham stated that the road between 
Vale and Nyssa is one of the count/'s most important roads. Commissioner Peter- 
son requested improvements on the Central Oregon and John Day Highways, par- 
ticularly oiling work. Judge Graham also asked the Commission to investigate 
a@ proposed cutoff on the Old Oregon Trail between Ontario and Olds Ferry. He 
wes informed by the Engineer that, in his estimation, if a cutoff et this lo- 
cation is considered at all, it should extend farther north than Olds Ferry 
so as to secure the denefits of the greatest reduction in mileage possibie be- 
tween Ontario and Huntington. Judge Graham agreed. 


Judge Grahem then brought up for discussion the matter of securing 
labor from CCC camps located in Malheur County for work on county roads. He 
.gaid that there are five CCC camps in this county and, according to his under- 
standing, it would be possible to secure the services of the men employed in 
these camps to do work on the county roads were it not for the fact that con- 
tractors object to such procedure because they allege it will interfere with 
the contracting business. He also said that it is a rule of the CCC officials 
that they will not let their men engage in any affair that will interfere with 
contractors' work. He asked the aid of the Commission in securing the waiver 
of this CCC ruling which, he said, means a lot to Malheur County because the 
county now has only $10,000 of county money budgeted for road work and can 
use the services of the CCC men to good advantage. The Commission instructed 
the Engineer to investigate Judge Graham's allegations end ascertain the de- 
tails. 2 


The Secretary presented four deeds executed by the Clatsop County 
Court conveying unto the State of Oregon certain parcels of land, all of said 
parcels being located within Clatsop County and described as follows: 


Parcel No. 4896 being 0.387 acre of lend situate in the NE} 
of Section 28, T. 6 N., R. 10 W., Wi. 


Parcel No. 4906 being 7.52 acres of land situate in the NEL 
of the SWE of Section 31, T. 4.N., R. 10 W., W.M. 
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Section, Hwy., and Owner Purpose Agent 


Paci. Highwa Diue Rive we 2 OF icKenz. Hi ghwe 
5165-Culver, Zora M. Scale Site 550 lump sum, plus mov- 
ing fence M&allister 


5297-Miller, 0. H. and 
Fabin, Delta R/W 1.74 $100 lump sun 
5298-Christensen, Soren " 0.17 $60, lump sun, plus $15. 


Eagle Point-Baker Gulch Section, Little Butte Highway 
5295-Butler, W. E. Stock Pile 0.87 5-year lease, $25 lump 
sum 


= i er-—bo er bay ve on egon Coast Highway 
4068-Lincoln County Logging R 42h $100 per a. 
Company 


feveurt Section, Oregon Coast Pisa, 
51 iest, Frank 850 sq.ft. 10¢ per sq.ft., plus 
$15.00 


Springfield Section, McKenzie Highway 
5224-Lane County Stock Pile 5 lots $20 per lot 
Part of 4 lots $50 lump sum 


Pa 


R 
3455-Roseburg, City of 
R.H.C. Wood R/W lilot $100 lump sum : DeS onze 


t Pe c We 
5334-Smith, John i. 1.24 $100 per a. plus $81.50 
fencing, plus $14.50 Benson 
B reek- t Section, Pa 
4550-Link, Stelle 0.98 $200 per a. plus $269. Gardiner 
(Correction report) 


Hebo-Neskowin Section, Oregon Coast Highway 


§333-Bruijn, John Stock Pile 1.0 $150 per a. Collins 


Di e (1 es Nort 
-U. S. Government Park 200.0 20-year lease, $4.00 per 
‘ year 


In regard to right of way transaction No. 1832 with George W. Joseph, 
tke Commission accepted Alternate "C" involving a cash payment of $7,500 and 
the construction of fences by state forces at an estimated cost of $502.25. 
This alternate involves the retention of grazing rights by lir. Joseph for 4 
period of 20 years with a right for the Commission to acquire such grazing 
rights at the rate of $175 per annum for the unexpired portion 2f such period. 


Si ae . ; . f- » uf 


peabody 
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The Attorney brought up for discussion the controversy with Mr. fe 
George Stonefield of Yachats which pertains to property that Lane County ac- y 
quired from Mr. Stonefield some years ago for right of way for the Oregon ‘a 
Coast Highway. Mr. Stonefield alleges that, when he deeded his property to 4 
the county, he purposely reserved for his own use as a building site a small 
area between the highway and the ocean, but it now seems that this area was 
included in the deed description which places him in an embarrassing position 
because he has sold the property to a third party who has constructed a resi- 
dence building thereon so he now wants the state to reconvey this arer. to him 
so he can deed it to the parties that are building the house. The / .torney 
explained the situation in detail and inquired whether or not the Commission 
would care to waive its rights to this property in view of the circumstances. 
The State Parks Engineer stated that this property is of no value from the 
state park standpoint because the state does not own any other property be- 
tween the highway and the ocean at this particular location. After discussion . 
the Commission decided, if there are no legal barriers, to sell the building We 
site back to Mr. Stonefield at a cost equal to the present reasonable cash 
market value of the property. The matter was referred to the Attorney to 
handle the details with Mr. Stonefield. 


sara ai 
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The Attorney reported on the progress that is being made to secure 
right of way from the Grand Rapids Oregon Timber Company for a road extending 
from the Wolf Creek Highway to Saddle Mountain State Park in Clatsop County. 
He read aloud a letter from the company stating that they demand an amount of 
$13,692.50 for such right of way. The Commission considers this price too 
high and authorized the Attorney to condemn the right of way if the company 
will not sell its property at the rate of $15 per acre which is the amount 
that the Commission is paying to the Crown Willamette Paper Company for right 
of way across its holdings. 


Jee edt 2 TO Ne RIOT Theta 


z 
Md a ft 
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In this connection the State Parks Engineer brought up the matter of 


securing a right of entry from the Grand Rapids Oregon Timber Company authoriz- , 
ing the use of its road pending completion of the right of way negotiations. bis: 
He explained that the CCC forces need the use of this road constantly going is 
to and from the park and up to the present time they have used it under oral aes 4 
permission from the company. He was fearful that the company would withdraw Ps | 


this authority if the Commission started condemnation proceedings to acquire . ie 
the right of way. The Commission instructed the Attorney to contact the com . + 8 
pany relative thereto end secure a written agreement providing for right of 
entry on the road if possible. 


The Commission had under consideration the offer of Robert B. Porter, 

Amity, to pay $5 per year per acre for the use of certain state-owned property 

outside of the standard width highway right of way in Yamhill C ounty. 
The Attorney advised that the Commission grented Mr. Porter this privilege 
last year at the same rate and he wants the lease renewed with the privilege 
of deferring payment of the rent until he harvests his crop next year. The in 
Commission approved leasing the lend to Mr. Porter provided he will pay the 
rental charge in advance and not otherwise. 


The Commission hed under consideration e request from Mr. J.E. 
Squier representing the 5 & S Shingle Mill, Sandy, Oregon, for the use of the 
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Parcel No. 4983 being 2.33 acres of land situate in Section 13, 
T. 8N., Re 10 W., WeM. 


Parcel No. 5019 being 4.46 acres of land situate in Government 
Lot 2 of Section 22 and in Government Lot 6 of Section 27, T. 4 N., 
R. 9 ¥., W.M. 


It wes explained that these properties are being conveyed unto the 
state without the payment of a monetary consideration but are conditioned up- 
on being used exclusively for park and highway purposes, and are not to be 
sold to third parties; but, if alienated at all by the state, they are to re- 
vert to and become the property of Cletsop County. The Commission accepted 
the deeds with the reservations and instructed the Secretary to send an appro- 
priate letter of thanks to the Clatsop County Court. 


The Attorney reported on the status of acquisition of certain pa- 
cels of land owned by Multnomah County and situate adjacent to Barbur Boule- 
vard. He said that five parcels of land, as follows, were be considered 
for purchase: part of Lot 9, Block 4, Alder Springs Addition, $40.45; part 
of tract 18 Medison Villa, $5.67; part of Lots 9 and 10 Werlock, $476.61; 
tract lying between the highway and Boones Ferry Road at station 105, $248.00; 
and tract lying between the highway and Boones Ferry Road at station 114, no 
charge. He advised that since inspection of the properties he has received 
a letter from Mr. Frank L. Shull, Chairman of the Board of County Commission- 
ers advising that the county has received offers for some of the property and 
the Commissioners do not feel that they are justified in disposing of such 
parcels at the prices originally quoted the Highway Commission so they are 
now asking increased amounts for four of them, the first tract be now listed 
at $50, the second at $120, the third at $2,000, and the fourth at $1,000, 
which increases the total cost from $770.73 to $3,170, The Commission decided, 
after some discussion, to acquire parcels one, two and five at the prices 
quoted but to let the other two tracts remain in the possession of the county. 


The Commission considered and re-referred to the Attorney for addi-~ 
tional informetion the matter of acauiring property from Nina J. Beli for 
right of way for a revision of the Oregon Coast Highway at Fogarty C1 2ek in 
Lincoln County. 


The Commission had under consideration a letter from Mr, C, Dethman, 
Hood River, renewing his offer to sell to the Commission for park purposes a 
50-acre tract of land situate adjacent to the Upper Columbia River Highway 
at Lindsey Creek. Mr. Dethman asks the sum of $4,000 for his property but is » 
willing to discount this figure $800 in the event the Federal Government pays 
him such amount for a flowege easement over the land that will be flooded by 
reason of the Bonnevilie Dam construction. The Parks Superintendent, who was 
present, stated that the Dethman property has no value from the state park 
standpoint unless the state will aleo acquire several parcels of privately- 
owned property that are interspersed within the Dethman holdings and on which 
several buildings have been constructed. In view of this report the Commis- 
sion decided to defer action on the matter pending the securing of options for 
the purchase of such other privately-owned property. The Parks Superintendent 
was instructed to secure such options at his convenience. 
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of such a program will make usable the investments heretofore made on this 
road and will provide a highway constructed on modern standar¢s from Bonne- 
ville to Cascade Locks. He also pointed out that this particular project is 
now included in the tentative program for construction next year but construc- 
tion can be advanced if the Commission will join with them in recommending 
that the sevings now available be allocated thereto. After discussion the 
Commission approved Mr. Lynch's suggestion by unanimous vote and thereupon 
signed a joint letter with him and Mr. Frankland directed to the Chief of the 
Forest Service and Chief of the Bureau of Public Roads recommending the same. 


Mr. Lynch also suggested that a date should be set for a conference 
between the State Highway Commission, the Bureau of Public Roads and the 
United States Forest Service to arrange a program for the fiscal year 1939 
forest highway funds. After discussion it was decided to hold such conference 
on Wednesday, December 1, 1937, in Portland. The Secretary was instructed to 
arrange for a room in the Benson Hotel in which to hold such meeting. 


The Commission discussed the matter of paying the premium on in- 
surance furnished for the protection of the 0.W.R.& N. Railway Company in con- 
nection with operations of Contractor Earl L. McNutt for the construction of 
the Ruckel Slide Section of the Columbia River Highway in Hood River County. 
The Attorney advised that the railroad company demands insurance protection 
and to furnish the same would cost about $500. He further advised that the 
State Highway Department had an understending with the railroad company at 
one time that it would provide for such protection when the contract was 
awarded but for some reason this item was not included in the Bureau of Pub- 
lic Roads' contract and the government officials ellege that the Government 
cannot now assume such expense so it appears necessary for the state to as- 
sume it if the insurance is to be provided. The Commission decided, in view 
of the fact that there was an understanding between officials of the railroad 
company and the highway department regarding the matter, to pay the premium 
with state funds and authorized the Engineer to honor an invoice for the same. 


The Commission adjourned at 12:30 o'clock p. m. and reconvened at 
1:30 o'clock p. m. in the same room, all Commissioners being present and par- 
ticipating. Also present were the State Highway Ingineer, the Attorney and 
the Secretary. 


The Engineer reported a request from a Mr. Kingsbury of Union, Ore- 
gon, for the reconstruction of his privately-owned pipe line on the Medical 
Springs Secondary Highway about six miles east of the town of Union. He said 
that Mr. Kingsbury alleges that the Commission is responsible for the repairs 
to the pipe line but is willing to forego same and to release the Highway 
Commission from such responsibility if the Commission will pay to him the sum 
of $500 in lieu thereof. He further stated that the pipe line was installed 
by Mr. Kingsbury several years ago under authority from the Union County Court 
when the road was still a county market road and he questioned the obligation 
of the State Highway Department to maintain the same or to be responsible for 
it in any manner. He estimated that it would cost about $1500 to make the re- 
pairs and requested instructions in regard thereto. In a discussion of this 
matter the question arose as to what rights Mr. Kingsbury has with respect to 
the maintenance of his pipe line on the highway. The Commission deferred its 
decision pending investigatior. and report by the Engineer in regard thereto. 
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pond that was created by the excavation of a borrow pit adjacent to the rail- 
road grade separation structure on the new Pacific Highway just north of 
Eugene, as a mill pond in connection with shingle mill operations which he 
proposes to conduct at this location. The Commission denied the request. 


The Attorney presented a request from Mr. W. Saftenberg, Portland, 
for permission to purchase a portion of some state-owned property in Portland 
described as parts of Lots 4, 5 and 6 of Block 5 of the subdivision of Lot 2, 
Riverside Homestead Addition. He was instructed to inform Mr. Saftenberg 
that the Commission prefers not to sell this property at this time but, if 
the sale is contemplated in the future, such sale will be advertised and he 
will be given an opportunity to submit a bid along with others. 


The Attorney also presented an offer from the E. L. Taylor Company, 
Oregon City, to purchase, for the sum of $250, a certain tuilding located on 
what is known as the Brady property in Oregon City which property was acquir- 
ed by the Commission for right of way for the new highway at this place. He 
advised that this building was previously advertised for sale by the Commis- 
sion but no satisfactory bid was received so the Commission authorized him to 
make a private sale if possible. The offer of the Taylor Company, he said, 
equals the amount that it was estimated the building shovld sell for and he 
recommended acceptance of the same. The Commission approved the recommenda- 
tion by unanimous vote. 


A letter was presented from Mr. Claude C. Inman, Tuscon, Arizona, re- 
garding some property that he owns at the town of Port Orford. Mr. Inman 
gave as his understanding that the Highway Commission contemplates revising 
the Oregon Coast Highway at this location and will probably need some of his 
property for right of way so, if the Commission is interested at this time, 
he would like to know because he has an offer from a certain mining company 
to purchase a portion of it but does not want to close the deal until he 
knows for certain that the state doesn't want the land. The Commission in- 
structed the Attorney to ascertain how much Mr, Inman wants for his property. 


The Commission had under consideration an offer from the City of 
Bandon to deed to the state for park purposes 26 acres of land overlooking the 
ocean at the west end of their tom. The tract lies within the city limits 
and the consideration involved calls for the state to construct a road from 
the Oregon Coast Highway to this park. The Engineer estimated that it would 
cost about $16,000 to construct a 30-foot roadbed with 20-foot oiled surface 
thereon. The Commission deferred action on this matter for the time being. 


The Commission conferred with W. H. Lynch, District Engineer, Bureau 
of Public Roads, and James Frankland, Acting Regional Forester, in regard to 
programming forest highway funds that have accumulated as savings in the con- 
tracting of forest highway work. Mr. Lynch advised that they now have aveil- 
able in the forest highway contingent fund a sufficient amount to warrant an 
allocation of $140,000 to some forest highway improvement. He suggested the 
grading of an additional 1.26 miles of the Columbia River Highway reconstruc~ 
tion project extending from the end of the project recently constructed to 
Cascade Locks, and the surfacing of this section and the section recently 
compkted, totalling about 2.03 miles. He pointed out that the completion 
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if the improvement were extended to the southern boundary of the school dis- 

trict as requested, it would involve a considerably larger sum. The Commis- 

sion deferred a decision in this matter pending a full report on the cost in- 
volved. 


The Engineer reported the cost to oil the gravelled strips on each 
side of the pavement along the Pacific Highway West through the town of Mon- 
roe, Benton County, which improvement has been requested the Monroe City 
Council. He estimated that such project would cost about #750. He was in- 
structed by the Commission to bear this project in mind for consideration in 
the preparation of the minor betterment budget for 1938. 


The Commission considered reducing the maximum load limit on the 
McKenzie Highway between McKenzie Bridge and Springfield, it having been re- 
ported by the Engineer that the pavement on this section is showing evidence 
of failure due to concentrated heavy logging traffic. The Engineer recom 
mended that the maximum load limit be reduced 50 per cent along this section. 
The Commission approved the recommendation and by unanimous vote adopted the 
following resolution in regard thereto: 


WHEREAS, the following road or highway has been duly desig- 
nated and declared to be and is a state highway, and has been im- 
proved and is being maintained by the State Highwey Commission 
pursuant to the laws of the State of Oregon as a state highway, 
to-wit: : 

McKENZIE HIGHWAY 


AND WHEREAS, the said above-named state highway is in the 
judgment of the State Highray Commission being subjected to a 
kind and character of traffic which is damaging and injuring 
the said highway, «nd in order to protect said highway aguinst 
such damage and injury it is deemed and is the judgment of the 
Highway Commission, and said Commission finds that it will be 
for the best interests of the said highway that the maximum 
weights permitted and authorized by law be reduced; 


AND WHEREAS, the State Highway Commission has after due in- 
vestigetion determined end found, and it is the judgment of the Com- 
mission, that the maximum weights which shall be permitted upon 
the said road shall be reduced and fixed as in this order provided. 


NOW, THEREFORE, the premises being in part as above stated, 
and the State Highway Commission having as a result of due inves- 
tigation found that the road above mentioned and hereinafter desig- 
nated is being demaged and injured on account of the kind and char- 
acter of traffic now being hauled over end upon said road, and by 
reason of the fact that vehicles carrying maximum loads moved at 
the maximum speeds specified by the provisions of the lews of the 
State of Oregon are breaking up, damaging and deteriorating the 
said road and the Commission having found upon due investigation 
that it will be for the best interest of the said state highway 
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Reconsideration was given by the Commission to the matter of naming 
the Short Sand Beach Creek bridge on the Oregon Coast Highwey in northern Til- 
lamook County in honor of Mr. Samel G. Reed, a prominent citizen of that 
county; and the naming of the state park located in this vicinity for Mr. Reed. 
The Stete Park Superintendent pointed out that the original park at this lo- 
cation now bears the name Short Sand Beach State Park and in his estimation 
the Commission is duty bound to retain such name on account of the manner in 
which it was acquired through the services of Mr. E. S. Collins, Portland. 

He gave as his thought that any additions to this park should bear the same 
name. The Secretary presented a letter from Mr. Lewis A. McArthur, Secretary 
of the Oregon Historical Society, suggesting, if the Commission wants to hon- 
or Mr. Reed in some manner, that it dedicate the bridge to him rather than 
name it for him because it is common practice for people, when referring to a 
bridge, to call it by the name of the body of water that it spans and it would 
be confusing to refer to it by the name of some individual. The Commission 
concurred in the viewpoint of the Park Superintendent and approved the sugges- 
tion offered by Mr. McArthur to dedicate the bridge to Mr. Reed. The Secre- 
tary was instructed to notify the North Tillamook County Chember of Commerce 
of the action taken and to state that the State Highway Department will in- 
stall appropriate dedicatory plates on the bridge if the Chamber of C ommerce 
will furnish then. 


The Engineer reported on the matter of footpath construction along 
the Wallowa Lake Highway between La Grande and Island City. He recalled that, 
when the city's attorney, Mr. G. T. Cochran, conferred with the Commission on 
August 11, 1937, he said that, if the Commission would designate a location 
on the highwey for a three-foot sidewalk, he would see to it that the side- 
walk was constructed at no cost to the state, possibly as a W.P.A. project 
sponsored by the city or the county; however, Mr. Cochran is now hopeful of 
securing financial assistance from the state in addition to the furnishing of 
right of way and engineering supervision and is depending upon the state to 
oil the walk after it has been constructed. Furthermore, he wants the State 
Highway Department to prepare plens as may be necessary for the securing of a 
W.P.A. project. He estimated that the plans could be prepered at a cost of 
about {250. The Commission after discussion ordered that Mr. Cochran be in- 
formed that the State Highway Department is willing to prepare plens as may 
be necessary for securing e \!.P.A. project covering the grading and surfacing 
of the footpath but cannot contribute any state funds to pay for construction 
work or any part thereof due to the fact that highway funds are at a low ebb 
and must be conserved in every way possible to meet debt obligations and to 
satisfy the government requirements with respect to the matching and securing 
of federal aid moneys. 


The Commission had under consideration a petition signed by 128 pa- 
trons of School District No. 38, Benton County, requesting a footbridge on the 
Marys River Bridge on the Pacific Highway West, south of Corvallis, anc a foot- 
path along this highway from Corvallis to the southern boundary of the school 
district for the safety and benefit of school children and other pedestrians. 

A letter was elso presented from the Corvallis Chamber of Commerce asking for 
this improvement. The Engineer advised that to construct the footbridge and 
the pathway between the schoolhouse and Corvallis would cost ebout $1500, but, 


of the proposed Albany overcrossing project and particularly the letter of 
Bridge Engineer G. S. Paxson dated October 28, 1937, relative thereto in 
which he estimates that to revise the present large water main will cost ap- 
proximately $8,000; also in which he states that he believes the company will 
assume the expense of revising its service connections if the State Highway 
Commission will pay the cost of revising the large main. The Attorney advised 
that he has gone into this matter thoroughly from the legal standpoint and it 
is his opinion that, if the City of Albany, under the provisions of the com- 
pany's frenchise, refuses to be responsible for the cost of any change or al- 
teration of the water mains or pipe lines, then the st-te, if it proceeds 
with the highway project, mast assume and pay such expense. The Engineer 
recommended in view of this opinion that the State Highway Commission as- 
sume this cost in connection with the highway project. The Commission ap- 
proved the recommendation by unanimous vote and referred the matter to the 
Attorney to work out as good a proposition as he can with the city and the 
power company. 


The Commission had under consideration the matter of adopting a 
permanent route for the Oregon Coast Highway along Astor Street in the City of 
Astoria in connection with which matter the Commission held a public hearing 
in Astoria on September 13, 1937. Action on this matter was deferred pending 
a report on appraisals of the property involved in this revision. The Attor- 
ney was authorized and instructed to make appraisals of the property and ren- 
der a report thereon at the earliest possible time. 


The Commission considered the claim of one Frank Triska for rein- 
bursement for the loss of a hors? which he alleges was so bedly injured when 
it attempted to cross a cattle guard constructed and maintained by the state 
on a road under state jurisdiction that he had to kill the animal. Mr. Triska 
values the horse at $100 end demands reimbursement in such amount from the 
state. The Attorney advised that the stete is responsible for this accident 
in the event that the Commission had jurisdiction over the road on which the 
cattle guard is installed and is maintaining this road. The Engineer advised 
that the road in question is not « state highway but is simply an old road 
that was furnished to one of the state's contractors in connection with the 
construction of a state highway project. He doubted the responsibility of the 
Commission for the e inasmuch as Mr. Triska does not own the land on the 
opposite side of this old road and there is a question whether or not he had 
any authority to drive his horse across this cattle guard onto the other man's 
land. The Commission deferred action on this matter pending investigetion as 
to whether or not Mr, Triska was within his rights in letting the horse go 
across this cattle guard onto property belonging to another. 


In this connection the Attorney reported receipt of a letter from 
County Judge Earl B. Day of Jackson County in which the Highway Commission 
was requested to install a cattle guard on the Crater Lake Highway to keep 
cattle from going onto and along the highway, end from the highway into the 
Rogue River National Forest. He gave as his opinion that the Commission has 
a legal right to refuse permission to construct a cattle guard on any state 
highway, if it so desires, and cited as a legal reference Chapter 243, Laws 
of 1933, as amended by Chapter 18, Laws of 1935. It appeared to the Canmission 
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that the maximum total weight of load and vehicle which shall be 
permitted upon said road shall be reduced so as to conform to the 
requirements fixed in this order, 


IT IS HEREBY ORDERED, that the maximum weight of combined 
loed and vehicle which shall be permitted upon the within-named 
road shall not exceed the weight herein fixed. 


The maxiaum weights which shell apply to the following high- 
way, to-wit: 


McKENZIE HIGHWAY from the McKenzie Bridge to the east city 
limits of Springfield, in Lane County 


Shall be as follows: The combined weight in pounds beering on the 
surface of the highway at contact with the tread on the wheels of 
the front axle of a truck or truck-tractor shall not exceed the 
product of four hundred (400) multiplied by the sum in inches of 
the tire width of the wheels of such axle; and, the combined weight 
in pounds bearing on the surface of the highway at contact with the 
tread on the wheels of any one axle of a vehicle or combination of 
vehicles, other than the front axle of a truck or t ruck-tractor, 
Shall not exceed the product of three hundred (300) multiplied by 
the sum in inches of the tire width of the wheels of such axle; but, 
in no event shall the combined weight in pounds bearing on the sur- 
face of the highway at contact with the tread of the wheels of any 
one axle of a vehicle exceed the maximum limit set by law for any 
one axle. 


IT IS FURTHER ORDERED, that these rules and regulations as 
meade and found by the State Highway Commission under the provisions 
of Chapter 360 of the laws of Oregon for 1931, shall be in full 
force and effect from this date util modified, annulled or voided 
by the order of the Stete Highway Commission 


AND IT IS FURTHER ORDERED, that a notice be posted in a con- 
Spicuous manner and place at each end of the above-named highwey 
and at important crossroads on said highway, so that said notice 
can be readily seen and read, which said notice shall state plainly 
the limitations and prohibitions of traffic hereby in this order 
determined and fixed. 


AND BE IT FURTHER ORDERED, that a certified copy of this order 
be furnished to the County Clerk of Lane County, and that a certified 
copy of this order be furnished to the Superintendent of the Depart- 
ment of State Police for his information. 


The Commission had under discussion matters pertaining to the re- 


vision of the Mountain States Power Company's water lines within the limits 
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Hardesty of their disqualification the next time they request plans for 

highway construction projects. 
The Commissicn discussed briefly but took no action on the matter 

of rerouting the Pacific Highway along Summer Street in the city of Salem so 

as to fit in with the plans for the new state capitol grounds. The Commission 

indicated that it would hold a public hearing in Salem in regard to this mat- 

ter as required by law at the proper time. 


The Commission had under consideration the plan originated by Mr. 
Harry Failing, Advertising Munager of the Oregon Journal, for marking points 
of interest along Oregon highways. This plan calls for the erection of a 
colored marker at the roadside with an identifying number thereon, referring 
to a printed description of the spot in an official bulletin to be issued by 
the State Highway Commission, thus eliminating any attempt to describe the 
spot, view or historical location on the marker itself. The Commission in- tf 
dicated a favorable attitude toward the adoption of such method of indicating Uk 
historical locations but deferred definite action thereon pending consulta- & 
tion with the advisory committee on publicity and travel information matters. fi 
It was proposed that this matter be discussed with such committee at a meet- es 
ing on Monday evening, November 29, 1937. 4 


The Engineer requested authority for Herold B. Say, Director of the 
Jrevel and Information Department, to attend at state expense the meeting of 
the Evergreen Playground Association in Vancouver, B.C., on November 27, 1937, 
end the annual meeting of the Pacific Northwest Tourist Association in Spokane, 
Washington, on November 18, 1937. The Commission approved the request by un- 
animous vote subject to the condition that it meets with the approval of Gov- 
ernor Martin. 


The Secretary presented a number of propositions submitted by sev- 
eral bonding companies for the furnishing of bianket bonds to cover highway 
depertment employees who are engaged in activities that require them to be 
bonded. It appeared to the Commission that no particular advantage would be ie 
gained by securing a blanket bond to cover these employees so it was ordered a owe 
that individual bonds be secured as in the past. a E 


The Commission considered and ordered filed a copy of a letter from 
Mr. and Mrs. Jack Robertson, ashland, Oregon, addressed to President Franklin 
Delano Roosevelt regarding the controversy existing between them and the 
State Highway Commission relative to a slide which occurred on their property 
es a result of highway construction on the Pacific Highway south of Ashland, 
and the reply thereto by L. E. Boykin, Acting Chief of the Bureau of Public 
Roads, which letters were brought to the attention of the Commission by® H. 
Lynch, District Engineer, Bureau of Public Roads, Portland. 


The Commission had under consideration the claim of Mr. Edgar R. 
Means, Principal of the Redmond High School, Redmond, Oregon, with respect to 
damage that occurred to his car by reason of coming in contact with a rock 
on the McKenzie Highway near the Lost Creek service station. The Attorney 
edvised that there is some question as to the Commission's liability in view 
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that the existence cf a cattle guard on the Crater Lake Highway would not be 
for the best public interests and eccordingly Judge Day's request for the same 
was denied. The Attorney was instructed to convey such information to Judge 
Day and to advise him why the Commission found it necessary to take such ac- 
tion. 


— a 


The method of financing the construction of the division office 
building in Portland had the attention of the Commission. The Engineer recom- 
ménded that the building be constructed ss a W.P.A. project rather than as a 
P,W.A. project as was first intended. It was his thought that the Commission 
could secure a better building at less cost by so doing. The Comission ap~ 
proved the recommendation and so ordered, ) 


The Engineer reported that certain contractors on Oregon highway 
work have demonstrated that they do not have adequate personnel and/or equip- ' 
ment to undertake jobs in an aggregate emount for which they have been pre- 
qualified, He gave as his thought that the prequalification of these con- 
tractors should be reduced so as to make certain that when they are awarded 
a contract it will be carried on to completion in a satisfactory manner. He 

ted a liet of contractors in this category as follows and recommended 
that their prequalifications be reduced as shown: 


Recommended 
Contractor Present Pre-qualification Pre-qualification 
R. I. Stuart & Sons $ $150,000 $50,000 
Brookfield Company 150,000 50,000 
Dolan Construction Company 100,000 75,000 
Edwin C, Gerber 500,000 200,000 
Joplin & Eldon 350,000 200,000 
M. C. Leninger & Son 75,000 50,000 
Medford Conerete Construction Co, 100,000 50,000 
Schmeer, Williams & Gentemann 150,000 75,000 
Umpqua River Navigation Company 200,000 100,000 


The Commission approved the recommendation by unanimous vote and so ordered. 


The Engineer also recommended that the following contractors, 

Andersen Construction Company, Consolidated Highway Company, Inc., and A.A. 
Hardesty be refused the privilege of bidding on future highway construction 
work because they have demonstrated that they are not adequately financed 
and are constantly bringing trouble to the state highway department either 
by failure to pay claims incurred against their jobs or by overrunning the 
time limit specified for the completion of their work. The Commission after 
discussion approved disqualifying the Andersen Construction Company and A. 
A. Hardesty from bidding on future highway work but deferred its decision in 
regerd to the Consolidated Highway Company pending completion of projects 
which this company now has under way for the state when a definite decision 
will be rendered. The Commission was guided in its decision in regard to 
these matters by the opinion of the Attorney who quoted the Oregon law on 
this subject, particularly Chapter 225, Laws of Oregon for 1931. The Secre- 
tary was instructed to notify the Andersen Construction Company and, A. A. 
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The Commission considered the claim of Mr. E. W. Williamson, Bend, 
Oregon, for damages to his service station business in the town of Ontario 
which he alleges will be ruined by the construction of the Ontario railroad 
grade separation project unless the plans for this project are altered. The 
Engineer advised that Mr. Williamson's property is located at the southeast 
corner of Oregon Avenue and North First Street and at the present time Mr. 
Williamson has access to his property from both of these streets but the plen 
for the highway project contempletes blocking the North First Street entrence 
which unquestionably will decrease the value of the property as a service 
station site. He further advised thet Mr, Williamson wents the Commission 
to alter the plans for the highway project so he can continue to have access 
to First Street but he (the Engineer) is opposed thereto because such access 
would create a serious traffic hazard in view of the fact that First Street 
is a primary highway route and will carry all of the traffic to end from 
Idaho points. It was his thought thet the hazard created by such change in 
plans would be greater than the hazard thet the Commission is endeavoring to 
eliminate by the construction of the railroad grade separation project. He 
reouested the views of the Commission in regard to the settlement of this 
controversy. ‘After considerable discussion the Commission indicated that it 
would not approve the alteration of the plans to allow Mr. Williamson ingress 
or egress to his property from North First Street because of the traffic haz- 
ard thet would be created thereby. The suggestion was offered that the con- 
troversy might be settled by the state purchasing Mr. Williamson's holdings. 
The Commission indicated a favorable attitude to the suggestion and instruct- 
ed the Attorney to ascertain how much Mr. Willicmson wents for his property 
and report his findings at the next meeting. 


The Engineer reported a request from the Oregon American Lumber 
Corporation, Vernonia, Oregon, for permission to log its timber across the 
Wolf Creek Highwiy at two locations in Sections ll and lL, TT. 4 Reg B. 7U., 
W.M., particularly et engineers’ stations 613 and 845, by means of sky lines 
rather than to truck the logs out as was originally contemplated when the 
agreement between the company and the Commission covering right of way mat- 
ters and timber purchase was executed. He advised that he could see ne good 
reason for not granting the request in view of the fact that the highway at 
such points will not be eveilable for general public use for some time and he 
recommended the granting of the request subject to the following conditions: 
(1) that yarders be placed on the south side of the highway at each location 
so that the haul ecross the highway will be limited to e narrow width of not 
more than 100 feet; (2) that the company will agree to reimburse the State 
Highway Commission for the expense of repairing all damage done to the high- 
way grade by reason of the company's operetions and will agree to the deduc- 
tion of such amount from the amounts that the Commission may owe the company; 
(3) that the company will furnish the State Highway Commission a suitable 
bond for the protection of anyone injured by the company's operations as a 
result of inadvertently using the constructed highway grade or the highway 
right of way; (4) that the company will agree to the opening up of the high- 
way for construction purposes upon ten deys' notice. The Commission approved 
the Engineer's recommendation by unanimous vote and ordered that the matter 
be covered by appropriate agreement between the company and the state. 
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of the varied reports that have been received concerning this accident, and 
that he has written to Mr. Means about it but has not yet received a reply. 
The Commission decided, in view of the circumstances, to let the matter rest 
until the Attorney receives ea reply from Mr. Means end has additional informa- 
tion to report. 


The Commission also considered the claim of James B. Adams for dam- | 
age that he alleges occurred to his car when it collided with some oiling t 
equipment, owned by the state, on July 22, 1937, at mile post 42.5 on the 7 
Lower Columbia River Highway. It appeared to the Commission that, inasmuch 
as the state's equipment was covered by public liability and property damage 
insurance, this is a matter for the insurance company to adjust, hence denied 
the claim. (The Attorney reported later in the session receipt of information 
to the effect that the insurance company has settled this claim to the satis- 
faction of Mr. Adams.) 


The Commission also considered the claim of a Mr. W. H. Redberg, in 
the amount of $6.75, for damage that he alleges occurred to his car when a 
highway employee threw a shovelful of gravel on the same, damaging the paint, 
the accident having occurred on June 2, 1937, on the Oregon Coast Highway 
about one mile north of the town of Hebo. The Attorney advised that he has 
gone thoroughly into this matter end it is his opinion, under the circumstemces 
as stated in the letters making up his file on the subject, that the Commis 
sion is not legally obligated to pay the claim because the evidence does not 
show that the employee failed to exercise due diligence and care in his work. 
The Commission thereupon denied the claim by unanimous vote. 


The Commission considered the claim of Mrs. Anna M. Ley, Portland, 
for reimbursement for the cost of repairing the windshield of her car which 
she alleges was broken by a rock which was put in motion by a pick wielded by 
an employee of the State Highway Department. The Attorney advised that in- 
vestigation of this claim reveals that there is a question whether or not the 
rock was actually dislodged by the highway workman, in fact it is the workers 
version of the matter that he did not dislodge the rock but that the rock was 
thrown against the windshield by a passing car. He gave as his opinion that 
the claim is one for which the state is not legally liable regardless of what 
caused the rock to be put in motion. It is one of those accidents, he added, 
for which no one in particular can be called upon to respond in damages, be- 
ing an unavoidable accident. In view of the report the Commission refused to 
accept the responsibility for the accident and thereupon denied the clein. 


The Commission reconsidered and again denied the claim of Dr.G. H. 
Huthman for damage to his property that he alleges was devaluated by reason 
of the construction of the Union Avenve viaduct on the East Portland-Oregon 
City Highway in Portland. 


The Commission also reconsidered the claim of Mrs. Maud Campbell for 
damages to her property by reason of the said Union Avenue viaduct in Port- 
land. The Commission refused to alter its previous decision denying Mrs. 
Campbell's claim, no new evidence in support thereof having been presented. 
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That this resolution be entered in the minutes of the Commis- 
sion and a duly certified copy thereof mailed to the County Court 
of Deschutes County. 


The Commission also had under consideration a resolution adopted by 
the County Court of Marion County requesting the designation, as a s.2condary 
state highway, of the old Pacific Highway route between Salem and Illahe 
School which has been replaced by e new highway built to modern standards. 
The Fngineer advised that, while the county court adopted this resolution for 
the Commission's consideration, it is not particular that the Commission act 
on it at this time because there are other county roads which the court may 
wish to have considered as secondary highway roads ir the event that the Com- 
mission intends to limit the number of new secondary highways in this county. 
In view of the Engineer's report the Commission decided unanimously to defer 
action on the county court's resolution for the time being. 


The Secretery presented a resolution from the County Court of Hood 
River County requesting that the Interstate Bridge Secondary State Highway 
Bo. 280, beginning at the east end of the Hood River Bridge and extending to 
the Hood River-White Salmon Interstate Bridge, be eliminated from the state 
secondary highway system. The Engineer recommended compliance with the re- 
quest. The Commission approved the recommendation and by unanimous vote adopt- 
ed the following resolution in regard thereto: 


WHEREAS, the State Highway Commission, by mutual agreement with 
the County Court of Hood River County, has heretofore selected and 
regularly adopted, as provided by lew, the Interstate Bridge Second- 
ary State Highway No. 280, described as follows: 


Bridge Market Road No. 7, beginning at the east end of 
the highway bridge across Hood River and extending to the 
Hood River-White Salmon Interstate Bridge, approximately 
0.5 miles in length, 


and, 


WHEREAS, it now appears that the United States of America, in 
connection with the construction, operation end maintenance of 
Bonneville Dam, has found it necessary to flood certain areas 
traversed by the said Secondary Highway, end for that purpose, has 
requested Hood River County to enter into a flowage agreement with 
the United States of America, and 


WHEREAS, it is the purpose and desire of Hood River County to 
cooperate with the Federal Government, insofar as is consistent with 
the best interests of Hood River County, and 


WHEREAS, under the provisions of Chapter 196, Laws of Oregon, 
1935, the State Highway Commission, by mutual agreement with the 
County Court, may eliminate and remove from the State Secondary 
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The Commission had under consideration a resolution adopted by the B 
County Court of Deschutes County requesting that the old state highway between 


Redmond and Bend, which is no longer of value as a primary state highway since a 
the construction of the new primary highway between these points, be designated FE 
as a state secondary highway. The Commission approved the request upon recom- é 


mendation of the Engineer and by unanimous vote adopted the following resolu- 
tion so designating this road: 


WHEREAS, under the provisions of Chapter 248, Laws of 1931, the 
Stete Highwey Commission, by mutual agreement with the respective 
county courts of the several counties of the state, is authorized 
and empowered to select, locate and designate 4 system of secondary re 
state highways, which highways shall be selected from the market b 
roads or other county roads, or available locations or routes of 
the several counties; and 


WHEREAS, the State Highway Commission, by mutual agreement 
with the County Court af Deschutes County, has selected the route iy 
hereinafter named, and it is the purpose of the Commission to of- 
ficially and regulerly designate and adopt said route as a highway 
to constitute, together with other highways which have heretofore p 
been added ond which may hereafter from time to time be added, a i 
part of the system of secondary state highways of Deschutes County 
under the provisions of said act; FS 4 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the State 
Highway Commission, all members being present end affirmatively 
voting and participating, as follows: 


That the following named route in Deschutes County, be and 
the said route is hereby selected, designated, established, adopted, 
and approved as a secondary state highway and shall be and is here- 


by designeted as a part of the secondary state highway system, to 
wit: 


-~Bend Seconda No. 


Beginning at the intersection of the old Dalles- be 
Celifornia Highway with the new locetion of The Dalles- 
ifornia Highway in the City of Redmond; thence in a 
southwesterly direction to the intersection of the old 
Dalles—California Highway with the McKenzie-Bend Highway, 
a distance of 13.5 miles. 


That said route shall be, and is hereby qualified for improve- "I 
ment under the provisions of said Chapter 248, Oregon Laws 1931 5 
and amendments thereof; 


That the engineer be, and he hereby is authorized to make proper Fs 
surveys with respect to the physical location upon the ground of the 
said route and properly file in the records of the Commission all of 
said data; 
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records of the State Highway Commission, end a duly certified copy 
thereof, delivered to the County Court of Hood River County, and a 
copy to the United States Bureau of Public Roads, and a copy to the 
United States Army Engineers. 


The Commission had under consideration the matter of abandoning a 
portion of the Shady Point-Kelly Corner Section of the Pacific Highway in 
Douglas County which has been rendered valueless as a stete highway by reason 
of the reconstruction of the highway on new location. The Engineer advised 
that the old road at this place is of no use for state highway purposes and 
he recommended that it be abandoned and turned over to the Douglas County 
Court for maintenance or for disposal as it sees fit. The Commission approved 
the recommendation and by unanimous vote adopted the following resolution in 
regard thereto: 


WHEREAS, in order to afford a better alignment and a more satis- 
factory, safe and convenient highway for the traveling public, the 
Commission found it necessary to relocate a portion of the Shady 
Point-Kelly Corner Section of the Pecific Highwey in Douglas County; 
and 


WHEREAS, by reason of said relocation and reconstruction of the 
said section of said highway there was eliminated and made unneces- 
sary as a part of the permanent highway a certain section or part 
thereof, which section or part is more specifically defined and des- 
ignated hereinafter in this resolution; and 


WHEREAS, it is the judgment end opinion of the Commission tht 
there should be recorded in the minutes and records of the Commis- 
sion its purpose and plan to abandon as a part of the said stete 
highway the fragment or portion of right of way hereinafter desig- 
nated and heretofore included within the area of the right of way 
of the said state highway as formerly located, improved and used; 


NOW, THEREFORE, the premises being in general as above stated, 
it hereby is resolved by this Commission, all members being pres- 
ent and affirmatively participating, as follows: 


1. That the fragment of lend confined within the area of land 
hereinafter designated, which fragment or parcel of land was form- 
erly within th. limits of the right of way of the Shady Point- 
Kelly Corner Section of the Pacific Highway in Douglas County, but 
4s now without the limits of the right of way of said highway as 
said highway has been relocated and constructed, be and said freg- 
ment or parcel of land or portion of the old right of way is aban- 
doned as a part of the right of way of said highway, and said frag- 
ment or parcel of land or old right of way is, so far as control 
end supervision by this Commission is concerned, eliminated and 


left to revert to the adjoining and abutting property «mers or to 
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Highway System, secondary highways which have heretofore been made 
a part of the Secondary Highway System, and 


WHEREAS, the County Court of Hood River County has duly and 
regularly adopted a Resolution and has delivered to the Highway 
Commission, a duly executed copy of the same, in which Resolution, 
one of the "Whereas" clauses reads as follows, to-wit: 


"WHEREAS, the County Court of Hood River County in view 
of all of the circumstances, and particularly of the fact 
that a portion of said area will be flooded in connection 
with the construction, maintenance and operation of Bonne- 
ville Dem, now believes that it is and will be for the best 
interests of the State of Oregon and Hood River County in 
particular that the secondary highway hereinabove described 
should be eliminated and removed from the secondary highway 
system and left to revert to and fall under the exclusive 
jurisdiction of Hood River County so that Hooc River County 
may be at liberty to enter into a flowage agreement with 
the United States of America." 


and 


WHEREAS, it is the desire and purpose of the Highway Commission 
to cooperate with Hood River County and the Federai Government, in- 
sofar as the Highway Commission has authority to do, in the promo- 
tion of the said project and Federal Government activity, and there- 
fore, the Commission deems it to be in the best interests of the 
State and general public thet the Highway Commission join with Hood 
River County in removing from the Secondary Highway System, the 
secondary highway hereinbefore described. 


NOW, THEREFORE, Be it and it hereby is Resolved, by the State 
Highway Commission, all members being present and affirmatively vot- 
ing and participating as follows: 


1. That the following described Secondsry Highwey shall be, and 
the same hereby is taken from the Secondary Highway System, and 


shall no longer be designated or known as, or improved or maintained 
as a secondary highway by the Stete Highway Commission, to-wit: 


The Interstate Bridge Secondary State Highway No. 280, 
described as, "Bridge Market Road No. 7, beginning at the 
east end of the Highway Bridge across Hood River and extend- 
ing to the Hood River—lihite Salmon Interstate Bridge, be- 
ing approximately 0.5 mile in length." 


2. That said Highway, if mainteined as a public highway, shall be 
under the exclusive jurisdiction of the County Court of Hood River 
County. 


3. That this Resolution be entered in full in the minutes end 
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curve at Cunningham Creek and that the old section is no longer of any value 
for state highway purposes. He recommended that the old section be abandoned 
in favor of Coos County for maintenance or for reversion to the adjoining 
property owners. The Commission approved the recommendation and by unanimous 
vote adopted the following resolution in regard thereto: 


WHEREAS, in order to afford a better alignment and a more satis- 
factory, safe and convenient highway for the traveling public, the 
Commission found it necessary to relocate a portion of the Cunning- 
- Creek Bridge Section of the Oregon Coast Highway in Coos County; 


WHEREAS, by reason of said relocation and the reconstruction of 
the said section of highway there was eliminated and made unnecessary 
as a part of the completed highway a certain section which is more 
specifically defined and described heretnafter in this resolution; 
and 


WHEREAS, it is the judgment and opinion of the Commission that 
there should be reflected in the minutes and records of this Commis- 
sion the purpose and plan of the Commission to abandon as a part of 
the Oregon Coast Highway, and therefore as a part of the state high- 
way system, the fragment or portion of the right of wey of the old 
alignment hereinafter defined and heretofore included within the 
area of the right of way of the Oregon Coast Highway as formerly lo- 
cated between the said termini and as heretofore improved and used; 
and 


NOW, THEREFORE, the premises being in general as above stated, 
it hereby is resolved by this Commission, a majority of members be- 
ing present and affirmatively participating, as follows: 


1. That the fragment of land confined within the area hereinafter 
described, which said fragment of land was formerly within the limits 
of the right of way of the Oregon Coast Highway, but which is now 
without the limits of the right of way as said highway has been relo- 
cated be and said fragment of land is hereby abandoned as a part of 
the right of way of said highway and said fragment of land so aban- 
doned is left to revert to the adjoining property owner or owners 
or to the control of the County Court of Coos County or the City of 
Coquille for highway, street or other public purposes. 


2. The fragment of lend or right of way hereby abandoned and 
eliminated from the state highway system is described as follows, to- 
wit: 


All that portion of the Cunningham Creek Bridge Section 


of the Oregon Coast Highway, lying east of a line 35 feet 
distant from and parallel to the reconstructed center line 
between Engineer's Station 876+60 and Station 880+02; situated 


in the City of Coquille, Coos County, Oregon. 
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the control end supervision of the County Court of Douglas County 
for highway or other public purposes as the Court may determine. 

The fragment or parcel of land affected by this resolution is defined 
and described as follows, to wit: 


All that portion of the Shady Point-Kelly Corner Sec- 
tion of the old Pacific Highway lying westerly of the re- 
constructed Pacific Highway between Station 1401+00 and 
Station 1302+80, situated in Sections 2 and 11, Township 
28 South, Range 6 West, W.M., Douglas County, Oregon. 


The location of said abandoned right of way may be more 
definitely and particularly ascertained and determined by refer- 
ence to a map or blueprint, marked "Exhibit 'A'", attached hereto 
and by this reference made a part hereof, which said exhibit for 
identification purposes bears the signatures of K.D. Lytle, Divi- 
sion Engineer, H. G. Smith, Construction Engineer, and R, H. Baldock, 
State Highway Engineer, and is dated October 4, 1937, upon which map 
or exhibit there is reflected the above described parcel of land by 
showing the same shaded in red.* 


2. In the event there remains any physical connection be- 
tween any portion of said abandoned right of way or highway and the 1 
present highway, and by reason of such physical connection traffic 
from the existing highway may enter or use the said abandoned por- ; 
tion of the said old road to the possible darage or injury of such 
treffic by reason of any unsafe condition existing with respect to 
said old or abandoned road, then the State HighwayBhgineer is hereby 
authorized and directed to erect such barricade or other safeguards 
as may be necessary to protect and safeguard traffic using and em- } 
ploying said newly located, constructed and dedicated section of | 


said highway. 


3. That this resolution be entered in the minutes and records 
of the Commission and a certified copy thereof promptly delivered 
to the County Court of Douglas County, together with a copy of said 
exhibit or map, for such action as said County Court may desire to 


take with respect to said fragment of land, and should said abandoned 
portion of the right of way of said highway be further employed for 
public or private highway purposes such use shall be entirely under 
the control and supervision of the County Court of Douglas County and 
beyond any responsibility or supervision by the State Highway Commis- 
sion. 


— _ = — Y. 


The Commission also considered the abandonment of a portion of the $ 
Cunningham Creek Bridge Section of the Oregon Coast Highway in Coos County, t 
a short distance north of the town of Coquille. The Engineer advised that 
the highway has been reconstructed at this location by elimination of a sharp 


# Map filed in Right of Way Abandonment and Retention File - No. 46 : 
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that it is a question that should be decided by the highway department employee: 
themselves. 


The Engineer requested authority to purchase flashing signals to be 
installed at the following intersections on 82nd Avenue in the city of Port- 
land: 


One at N. E. Sandy Boulevard ( U.S.#30) 

One at N. E. Glisan Street 

One at S. E. Stark Street (U.S.#30 alternate) 
Two at S. E. Division Street 

One at S. E. Powell Boulevard 

One at S. E. Foster Road 


He estimated that the cost of such signals installed would be $550. He also 
requested authority to purchase two overhead flashing signals for installa- 
tion at the following locations: one at the intersection of Oregon No. 8 
(Tualatin Valley Highway) and Sylvan Road, and one at the intersection of 
U. S. No. 99 W. (Pacific Highway West) and the Old Capitol Highway. He es- 
timated thet such installations would cost about $160. In addition to the 
above beacons the Engineer recommended the purchase and stocking of six ad- 
ditional overhead flashing beacons for installation on short notice as occa- 
sion may re. He estimated that these six beacons, not installed, would 
cost about $360. After due consideration the Commission approved the Engi- 
neer's requests by unanimous vote. P 


The Commission had under consideration a letter from Division Ingi- 
neer W. C. Williams advising that he has inspected the highway construction 
work performed by the United States Bureau of Reclamation around the Unity 
Dam site and that he finds that all of the grading and bridge work has been 
performed satisfactorily. He recommended acceptance of the same for future 
maintenance by state highway forces. The Stete Highway Engineer expressed 
his concurrence in the recommendation. The recommendation was approved by 
the Commission by unanimous vote. The Secretery was instructed to advise Mr. 
C. H. Spencer, Construction Engineer for the United Stetes Bureau of Reclama- 
tion at Unity, of the Commission's action and to inform him that the Commis- 
sion has authorized the taking over of this project for use and maintenance 
as a state highway. 


The Engineer reported that the Salem City Council has gone on rec- 
ord as opposed to paying any portion of the cost of lighting the North Salem 
undercrossing. He recalled that it has been the practice of the Highway 
Commission for a long time to require cities to pay at least a portion of the 
cost of lighting such structures and gave as his thought that the City of Sealer 
should not be relieved from such expense in the present instance unless the 
Highway Commission wanted to change its established policy in regard thereto. 
The Commission decided not to change its policy and instructed the Ingineer 
to advise the Salem City Council that it will order discontinuance of the 
lighting of this structure unless the city will assume the payment of one- 
half the expense thereof. 
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In addition to the foregoing description of said abandoned right of 
way there is attached hereto a print or map, marked "Exhibit 'A'", 
and by this reference made a part hereof upon which map there is 
shown shaded jin red the abandoned section of said highway, which 
exhibit for identification purposes bears the signatures of K. D. 
Lytle, Division Engineer; H. G. Smith, Construction Engineer; and 
— basen State Highwey Engineer; and bears date of November 1, 
i . 


3. In the event there remains any physical connection between 
any portion of said abandoned right of way or highway and the present 
highway, and by reason of such physical connection traffic from the 
existing highway may enter or use the said abandoned portion of the 
old road to the possible damage or injury of such traffic by reason 
of any unsafe condition existing with respect to said abandoned sec- 
tion, then the State Highway Engineer is hereby authorized and direct- 
ed to erect such barricede or other safeguards as may be necessary 
to protect and safeguard traffic using and employing said newly lo- 
cated, constructed and dedicated section of said state highway. 


4. This resolution shall be entered in the minutes and records 
of the Commission and a certified copy thereof promptly delivered to 
the County Court of Coos County, together with a copy of said exhibit, 
and a copy of said resolution and exhibit shall be delivered to the 
Mayor of the City of Coquille for such action as said County Court 
may desire to take and for such action as the City of Coquille may 
desire to take, and should said abandoned portion of the highway be 
further employei for public or private highway purposes such use 
shall be entirely under the control and supervision of the County 
Court of Coos County and/or the municipal authorities of the City of 
Coquille, and the same shall be beyond any responsibility or super- 
vision by the State Highway Commission 


The Engineer reported that it would be desirable to paint stripes 
on the pavement on the state highway route in the city of Newport for four 
lanes of traffic and requested authority from the Commission so to do. The 
Commission approved the request by unanimous vote. 


The Attorney reported requests from the National Hospital Associa- 
tion, Portland, and the Physicians and Surgeons Hospital Association of Salem 
for authority to raise the rates for furnishing group insurance to highway 
department employees from $1.75 per month to $2.00 per month per person. He 
said that he has been informed that the associations have been losing money 
on their accounts with the state highway department employees and feel that 
they should be allowed to increase their rates, especially in view of the ~ 
fact that costs of medical supplies are higher now than when the original 
agreement was executed. He was instructed to inform the associations that 
the members of the Highway Commission are neutral in this matter and consider 


* Map filed in Right of Way Abandonment and Retention File -— No. 47 
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too much time of highway department employees and will not cost the state 
too great a sum. 


Resolution from the Stayton Chamber of Commerce urging completion 
of the North Santiam Highway at the earliest possible time regardless of the 
prospects for the construction of the power dam in the North Santiam River 
in connection with the Willamette Valley flood control project. The Commis- 
sion ordered the communication filed for future reference. 


q 


Letter from F. W. Deedon renewing the request of Lene County citi- 
gens for the oiling of the secondary highway from Elmira west to Badger Moun- 
tain in Lane County. The Commission denied the request because of lack of 
funds to finance such improvement. 


Letter from Jewell Grange No. 876, Jewell, Oregon, urging the Com- 
mission to oil the Nehalem Secondary Highway between the towns of Jewell and 
Mist at the earliest possible time during the 1938 season. The Commission 
orderec. that the grange be informed thet the Commission has this project in 
mind and expects to consider it along with other projects for the 1938 pro- 
gram but no definite commitment of funds can be made to it at this time. 


Resolution from the McEwen end Stewart Granges of Baker County urg- 
ing construction of a guard rail at all narrow places and curves on the Sunp- 
ter Valley Secondary Highway between McEwen and Salisbury as a safeguard for 
traffic. The Engineer reported that he has recently built some fences 
along this road that should take care of the worst conditions. e Commission 
thereupon ordered the communication filed. 


ate 


Pa SON ne oer eee BP 


Letter from County Judge Fred Fisk, Lane County, suggesting that the 
Highway Commission undertake, this winter, the construction of the new route oy 
for the Pacific Highway through the town of Cottage Grove in order to assist 9 
in the relief of unemployment in that vicinity. The Secretary was instructed "4 
to inform Judge Fisk that the Commission is not in a position financially to 
undertake this job this year but will bear it in mind for consideration when 
some of the other jobs that are now under way in Lane County have been com- 
pleted. 


Letter from Honorable Rufus C. Holman, State Treasurer, offering 
the services of his field deputy to the State Highway Commission to assist in 
the collection of unremitted fines for traffic law violations, provided the 
Highway Commission will pay a portion of the expense thereof. The Commission 
decided to accept this offer and instructed the Engineer to contact Mr. Holman 


in regard thereto. 


Joint petition signed by representatives of the County Court of 
Grant County, Grant County Union High School No. 3, and the Edward Hines 
Lumber Company urging improvements to the connecting road between the newly 
constructed portion of the John Day-Burns Highway and the old highway at the 
summit of the Pass south of Canyon City, where they allege a condition exists 
thet is dangerous and unsefe for travel. The Secretary was instructed to in- 
form the petitioners that the Commission has no funds with which to finance 
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The Commission had under discussion the matter of creating a "no- 
parking" zone along Fifth Street (state highway route) in Oregon City between 
Main Street and Water Street on account of the narrowness of the pavement and 
the high cost of the property that would be needed for widening the highway 
to accommodate the parking of automobiles at this location. The Engineer ad- 
vised that this street is plenty wide enough now for four lanes of traffic, 
if cars were prohibited from parking against the curb, but there is no way to 
prevent people from parking their cars next to the curb line unless the City 
Council will adopt an ordinance to that effect. He further advised that the 
property at the corner of Fifth and Main Streets is occupied by business 
houses which would have to be paid large damages in the event the Commission 
decided to acquire additional land to accommodate the parking of cars. It 
was his thought that such expense is unjustified in view of the fact that 
even then there would be room for the parking of only three or four cars on 
the north side of the street. He suggested that the Commission ask the city 
council to pass an ordinance prohibiting the parking of cars at this location 
and to issue instructions to its city police force to enforce the provisions 
of the same, and, if the city police will not act, then to ask the state po- 
lice officers to do whatever is necessary to keep this space cleared. After 
considerable discussion of this matter the Commission approved the Engineer's 
suggestion by unanimous vote and instructed him to take the matter up with 
the city council. He was authorized to advise the council that, if the city 
will adopt an ordinance prohibiting the parking of cars in this block, the 
Highway Commission will mark off the "no parking" area, and, if the city will 
not adopt such ordinance, then the Commission will defer the awarding of ad- 
ditional contracts for the construction of this highway in Oregon City until 
it is assured of full cooperation from the city council. 


In connection with this matter a letter was presented from C.T. 
Gates, Portland, who owns a 75-foot frontage on Fifth Street which wili be 
affected by the Commission's decision in this matter. Mr. Gates expressed 
a desire to talk with the Engineer concerning his interests. The matter was 
referred to Traffic Engineer John Beakey to contact Mr. Gates. 


The Secretary presented communications, petitions, et cetera, as 
follows for the attention of the Commission: 


Letter from the San Francisco Convention and Tourist Bureau sug- 
gesting that the Oregon State Highway Engineer be authorized to take member- 
ship in the American Road Builders' Association as an aid in securing the 
1939 convention of that association in San Francisco. The Engineer advised 
that there are advantages in belonging to this association but he did not 
feel disposed to take out membership on his own account. The Commission by 
unanimous vote authorized the Engineer to join the association at state ex- 
pense. 


Letter from the American Road Builders' Association offering free 
space for an Oregon exhibit at the association's 1938 Road Show which is to i 
be held in Cleveland, Ohio, during the week of January 17, 1938. The Engi- is 
neer recommended acceptance of this offer. The Commission approved the recom- 
mendation by unanimous vote subject to the condition that it will not take up t 
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$2,000. The plans for the new structure, he said, include provision for a 
sidewalk, The Commission concurred in the viewpoint of the Engineer and 
thereupon denied the request. The Secretary was instructed to inform the 
Directors of the School District the necessity for such action. 


es ed 


Letter from J, W. Elliott, Superintendent of the Warm Springs Indian 
Agency, urging the Commission to constract a rock surface on the newly graded 
section of the Warm Springs Highway between the town of Madras and the Des- 
chutes River Bridge crossing as an aid to travel and the elimination of a 
hazardous condition which he alleges exists on account of the slippery condi- 
tion of the Deschutes River grade during wet weather. Also a letter from 
County Judge Wi. R. Cook of Jefferson County stating that the county court 
prefers that the Commission spend its money for additional grading work on 
this highway north of Warm Springs Agency rather than to surfece the section 
already graded to state standards. It was the thought of the Commission that, 
from a general public standpoint, greater benefit would be received by continu- 
ing the greding work as suggested by Judge Cook than by surfacing the section 
previously graded end it was so decided. The Secretary was instructed to con- 
vey such information to Judge Cook and Mr. Elliott. 


AN te - j 
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Letter from the Hillsdale Community Club requesting that highway : 

road signs in the vicinity of Hillsdale (Burtha) be changed to reed "Hillsdale" a 
so as to conform with the name of their post office. The Engineer advised ‘4 1 
that investigetion reveals that the post office at this place is now known 

as Hillsdale Post Office es is also the district in which the post office is 
located, and in his estimation it will be proper for the Commission to change . 
the highway signs accordingly. He recommended approval of the request. The i } 
Commission approved the recommendation by unanimous vote. ‘ie 


OREEAPSAE « 
wt 


Letter from County Judge Bert Johnson, Morrow County, complaining 5 

of the treatment that Morrow County has received from the hands of the State 3 
Commission with respect to highway construction and requesting a great- = 

q er allocation of funds for the improvement of Morrow County roads. The Com- 4 
\ mission ordered the communication filed. ‘a 


; Letter from W. W. Evans, Halfway, expressing appreciation for in- ‘Tt 
i provements ordered by the State Highway Commission for the Baker-Halfway road t 
in Baker County. The letter was ordered filed. 


Letter from Gilliam-liheeler Pomona Grange, Condon, Oregon, in which 


7 the Commission is asked to authorize the placing of some fine surfacing rock Wee 
4 on the one-mile section of the Fossil-Antelope Secondery Highway, in Wheeler ‘See 
County, commonly known 4s the Chichester Grade Section, which was recently a x 
graded to state standards, so that cars may be driven over this section with Ly 
comfort and without fear of tires being cut with sharp rocks as oc- ee 
curs under present conditions. The Commission referred this matter to the It oe 
Engineer for investigation and report on what it would cost to do this work. f * 
~ Bo 
é 


i Letter from County Judge Earl B. Day of Jackson County asking the 
A State Highway Commission to give to Jackson County the old 90-foot steel 
3 vridge qver Sardine Creek on the Pacific Highway near Gold Hill after it hes <j 
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such project at the present time but has tentatively approved it for construc- 
tion next year in the forest highway program. 


Letter from W. H. Lynch, District Engineer, Bureau of Public Roads, 
transmitting a copy of the act approved by Congress on August 14, 1937 (Pub- 
lic 286, 75th Congress) covering reimbursement to State Highway Departments, 
under certain conditions, for making publicly-owned toll bridges on the Fed- 
eral Aid Highway System free of toll. The Commission took no action on this 
matter. 


Letter from C. C, Hockley, State Director, Federal Emergency Admin— 
istration of Public Works, advising that all cf the projects included in the 
Highwey Commission's P.\i.A. Program have qualified for construction under the 
Public Works Administration Act of 1937 but there is no present assurance of 
a of funds for the same. The Commission ordered the communication 

iled, 


Petition from residents of Ocean Lake and vicinity urging the con- 
struction of a sidewalk along the Oregon Coast Highway throughout the Ocean 
Lake and Taft districts for the benefit of pedestrians. The Commission refer- 
red this matter to the Engineer for consideration in the formulation of the 
Minor Betterment Program for next year. 


Petition from citizens and texpayers of Woodburn and the territory 
between Woodburn and Mt. Angel urging the Commission to reroute the Hillsboro- 
Woodburn Secondary Highway along the extension of Young Street, Woodburn, to 
a connection with the present highway about 550 feet east of the Pacific High- 
way so as to eliminate the right angle turn in th present route a short dis- 
tance south of the intersection of Young Street with the Pacific Highway. 

The Commission referred this matter to the Engineer for investigation and re- 


port. 


Letter from the Redwood Empire Association thenking the Commission 
for the interest shown in favor of the development of the Redwood Bapire and 
its system of state highways. The Commission ordered the communication filed. 


Letter from the City Council of the town of Molalla alleging that 
the State Highway Commission on November 1936 promised to budget funds for 
the improvement of the secondsry highway through the town during the season 
of 1937 end inquiring when the Commission expects to undertake such project. 
The Engineer advised that the 1937 budget contained an item of $11,000 for 
such improvement but the project was not mdertaken because of @ shortage of 
funds, there being other projects that were considered more important for the 
funds available. The Commission ordered thet the city council be so informed. 


Letter from School District No. 26, Clatsop County, requesting the 
construction of a sidewalk on the Wialluski River Bridge on the Nehalem Sec- 
ondary Highway, near Jewell, for the benefit of school children. The Engineer 
advised that the bridge referred to is an old structure, and it is planned 
to replace it with a new structure next yeer. He gave as his thought that, 
under the circumstances, it would be a waste of funds to construct a sidewalk 


on the existing structure which he estimated would cost between $1,500 and 
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occurred on Sherman Avenue in North Bend by reason of the slippery condition 
of this street which is e state highway route. The Secretary was instructed Bs 
to inform the Chamber of Commerce that the Commission has it in mind to con- 4 ; 
struct a nonskid surface on this street and intends to give such project con- - 
sideration in the formulation of next year's construction program but is not 
in a position at the present time to state definitely whether or not it will 
be included in such program. 


Letter from Patrick F. Payne, Director of Sefety for the Interstate 
Transit Lines, Omaha, Nebraska, expressing appreciation for courtesies ex- 
tended to the drivers of Interstate Transit equipment (U. P. Stages) by Ore- 
gon Highway Department maintenance crews. The Commission ordered that an ap- 
propriate letter of thanks be sent to Mr. Payne. 


Letter from R. F. Hanke of the Equitable Savings and Loan Associa- 
tion, Portland, Oregon, in regard to the condition of the unpaved portion of 
Interstate Avenue, Portland, and requesting repairs to the same so that traf- 
fic will not throw rocks through plate glass store windows nearby. ‘he Com- 
mission ordered that Mr. Hanke be informed that the Commission now has under 
consideration the paving of the unpaved portion of this street and hopes to 
be able to advertise the project for construction during 1938 if there are 
funds available to finance the work, although no definite assurance can be 
given at this time that the work will proceed as contemplated. 


Letter from Mr. Walter Meacham, Portland, regarding the placing of 
the name "Old Oregon Trail" on state highway maps and inquiring whether or 
not the Commission has as yet taken any definite action in regard to the re- 
quest of « delegation that appeared before the Highway Commission on July 8, 
1937, regarding such matter. After some discussion of this matter the Com- 
mission decided to place the name of the Old Oregon Trail in the legend in 
the lower right hand corner of the 1938 maps, the number 30 denoting this 
U. S. Highway route to be placed in the yellow colored shield on the same line 
with the name, and the number appearing in the shield on the 1937 map to be 
changed from 30 to 99. This decision was conditioned upon its being approved 
by the Advisory Committee on publicity matters. The Commission ordered that 
Mr. Meacham be advised of the Commission's action and that he be informed that 
the Commission did not previously decide this matter because it considered 
that there was plenty of time to give it full consideration before the 1938 
maps were published, which is the thoveht that the Commission tried to convey 
to the delegation when the matter was first discussed. 


The Commission had under consideration for approval W.P.A. projects 
as follows: 


(1) Proposed clearing and grubbing project on the Wolf Creek Highway 
right of way extending east from Sunset Camp to Buxton Road. The Commissian, 
as sponsor, approved an allocation of approximately $30,000 of state funds 
for this project to pay the cost of equipment, equipment repairs, er, and 
engineering, the balance of the funds, amounting to approximately $178,000, 
are to be contributed by the W.P.A. 
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been replaced with a new structure. The Engineer advised that the Commission 
is teking bids on November 30 for the new bridge over Sardine Creek and when 
the new structure is open for general public use the state will have no fur- 
ther use for the old bridge, particularly in view of the fact that it is only 
15 feet wide end is not suitable for use on any state highway. He recommended 
that the old bridge be given to Jackson County. The Commission approved the 
recommendation by unanimous vote subject to the condition that the county will 
haul the dismantled structure away at county expense and will clean up the 
premises to the satisfaction of the State Highway Engineer. 


Letter from P. R. Lafferty, President of the Obsidians of Eugene, 
thanking the Highwey Commission for its decision in authorising snow removal 
operations on the licKenzie Highway between Belknap Springs and Frog Camp for 
the benefit of winter sports' enthusiasts. (The Commissicn previously auth- 
orized this work 2s an experiment to ascertain whether or not it would be 
possible to keep the road open by the use of pushplow equipment. The work 
will be closed down in the event that operations on that basis are unsuccess- 


ful.) 


Letter from Illinois Valley Grange No. 370, Kerby, Oregon, urging 
the Commission to undertake, as one of its first major construction projects, 
the straightening end widening of the Pacific Highway between Grants Pass and 
Roseburg to remove existing driving hazards. The Commission ordered the com- 


munication filed. 


Resolution from the City of Roseburg, bearing endorsement by the 

County Court of Douglas County, wherein the State Highway Commission is re- 
quested to remove a certain hump in the old Pacific Highway near its junction 
with the new Pacific Highway at the north city limits of Roseburg so as to 
provide a better grade for the connection of these two roads; also to remove 
any embankment adjoining such highway connection which might be unsightly or 
detrimental to the free flow of traffic. The Commission referred this matter 
to the Engineer for investigation and report. 


Letter from Reverend John W. Hoyt, Medford, requesting permission 
to collect wild flowers for botanical purposes, study and pressing from stete 
highway rights of way. The Commission referred this matter to Commissioner 
Tou Velle with full power to act, and instructed the Secretary to so inform 


Reverend Hoyt. 


Letter from Vance Bolick, ower of the Smith River Cash Store, 
Smith River, California, advising thet he proposes to place 4 sign on private 
property near the north end of the Winchuck River Bridge on the Oregon Coast 
Highway in Curry County, end inquiring as to the wishes and desires of the 
State Highwey Commission in regard thereto. The Secretary wes instructed to 
reply that the Commission has no jurisdiction over the property outside of the 
highway right of wey but is extremely desirous of preserving the roadside 
beauty and scenery which cannot be done if advertising signs are maintained 
on such property, and to ask Mr. Bolick's cooperation. 


Newspeper clipping from the Coos Bay Times, submitted by the North 
Bend Chamber of Commerce, calling attention to numerous accidents that have 
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The Commission authorized the Ingineer to proceed with the securing of op- 


tions for the ri 


state funds that it is expected will be availab 


ght of way needed in connection with each of these projects. 


Consideration was given by the Commission to the budgeting of the 


le for expenditure during the 


. calendar year 1938. Estimates presented by the Engineer indicate the probable 
income of state funds would be $13,580,000. The requirements for fixed ex- 


penses of ell kinds and for non-cooperative construction were estimated et 


$12,765,000. The amount remaining ($815,000), plus approximately $3,950,000, 
which it is expected will be collected from the Federal Gove 


proxinate 
counties, 


rnment, and ep- 
ly $157,000 that it is expected will be collected from the several 
is estimated as the amount that will be available for expenditure 


on the federal aid and other cooperative projects. After consideration of the 


estimates of income and requirements the Commission by unanimous vote budgeted 
the following amounts for the purposes indicated, it being understood thet 


the individual projects making up the minor a 


ddition end betterment itens and 


the special maintenance items will be selected at a later date: 


* The amounts budgeted for the item 


Hi 


derstood to be in addition to 
ects included in 1937 programs but not fully 


proj 


FPA Projects on Wolf Creek and Wilson River Highways 
WPA Projects on other State Highways 
*State construction projects on Primary Highways 
" " " " Secondary Highways 
Minor additions end betterments on Primery Highways 
” ’ " n " Secondary Highweys 
*Special maintenance, Primary and Secondary Highways 
General maintenance on Primary Highways 
® ® " Secondary Highways 
Installation and maintenance of signs on county roads 
Operetion of drawbridges and ferries 
State parks 
Rights of way, patrol stations, et cetera 
Principal and interest payments on bonds 
Administration and general supervision 
Surveys on Primary Highways 
. " Secondary Highways 
Traffic surveys 
Miscellaneous general expense 
Travel and Information Bureau 
Contribution to State Police as required by law 
8 " Counties as required by law 
Reserve for contingencies, Prim. & Sec., Hwy. Maint, 
" " n i Pero % * Constr. 


$280,000 
50,000 
200,069 
300,000 
175,000 
125,000 
450,000 
2,500,000 
650,000 
25,000 
40,000 
125,000 


+= 220.000 
$12,765 ,000 


s "State construction projects on Primary 


" and "Special maintenance, Primary and Secondary Highways" are un- 


amounts are expected to be approximately as follows: 


Stete construction projects on Primary Highways 
Special maintenance, Primary and Secondary Highways 


the amounts required to complete payments on 
paid for in 1937, which 


$75,000 
23,000 
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(2) Beautification project on the Wilson River Highway in Tillamook 
County, This project is being sponsored by Tillamook County which is to pay 
all costs over and above those assumed by the W.P.A. The Highway Commission's 
approval is needed simply because the work is on a state highway right of way. 
The work consists of construction of drainage ditches, riprapping, retaining 
wall construction, beautifying slopes and fills, et cetera, for a distance of 
approximately five miles beginning at a point near the northwest corner of 
Section 10, T, 1N., Re 7 We, W.M., and extending southwesterly to a point 
near the northeast corner of Section 25, T. 1 N., R. 8 Be, W.M., Tillamook 
County. 


(3) Tooth Rock roadside beautification project on the Upper Columbia 
River Highway. The Commission, as sponsor for this project, authorized a con- 
tribution thereto of approxinately $9,310 of state funds for rentals, super- 
vision, et cetera, the balance of the funds, amounting to about $16,656, is 
to be contributed by the W.P.A. 


(4) Proposed clearing and grubbing project on the Wilson River High- 
way between Jordan Creek and the Washington County line in Tillamook County. 
This project is being sponsored jointly by Tillamook County, Washington County, 
Multnomah County, and the City of Portland and involves a contribution of ap- 
proximately $118,690 by the state for equipment rentals und repairs, purchase 
of powder and some supervision. It has been proposed that the equipment on 
this job be furnished by the counties at the customary rental rate but that 
the state pay the cost of equipment repairs and return the equipment to the 
counties when the work ia done in as good condition as it was when it was 
placed on the job, less reasonable wear and tear. The Commission indicated r 
thet it would approve this project if a satisfactory working agreement can be p 
effected with the counties in regard to the equipment and if the W.P.A. proj- Fl 
ects on the Wolf Creek and Wilson River Highways can be kept on & parity so 
far as state funds are concerned. 


The Commission had under dir wussion the selection of projects to be 
financed with fiscal yeer 1939 federal aid funds end propesed for construc- 
tion during the season of 1938. The Engineer submitted = list of projects E 
from which the Commission selected the following as a partial program for ; 
such funds, being projects which the Commission considers should be given a 
preference over others: 


i 
Oregon City, Abernethy Bridge to 1i.th Street $105,000 b 
Nehalem River Bridge (Wolf Creek Hwy.) 120,000 § 
Rock Creek bridge ( * " v ) 17,000 
Albany Project, Grading (39G.S.-$115,000, 39F.A.-$37,000) 152,000 
Siuslaw Junction-Ross Station (Junction City-Eugene) 190,000 f 
Brothers-Lake County Line (Central Oregon Hwy.) 164,431 , 
Lake County Line-Gap Ranch 23,000 | 
Muddy Creek-Haines (Old Oregon Trail) . 120,000 : 
Wolf Creek-Jimmy Creek (Old Oregon Trail) 30,000 : 
Planning Survey 54,000 q 
Catching Slough Bridge 75,000 
$1,050,431 
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Gravel Pits ~ 115-2819 Provolt-Jacksonville Section, Medford-Provolt 
Secondary Highway. Jackson County. lst authorize- 
tion $250.00. 


Location - 8-2808 Brookings Section, Oregon Coast Highway. Curry 
County. ist authorization $1,600.00. 


Location ~ 115-2818 Gold Hill-Dodge Bridge Section, Sams Valley Second- 
rd Highway. Jackson County. lst authorization 
50.00. 


Location ~ 14-2810 Hood River-Mosier Section, Columbie River Highway. 
Hood River County. 2nd authorization $1,000. 
Total to date $10,500.00. 


Stock Pile Sites- 2-2810 Lincoln County Line-Alsea Mountain Section, Alsea 
Highway. Benton County. lst authorization $150.00. 


Right of Way - 29-2823 Polk County Line-Lincoln County Line, Salmon River 
Highway. Tillamook County. lst authorization 
$1000.00. 


Reconnaissance - 1-2810 Baker-Middle Bridge Section, Baker-Homestead High- 
way. Baker County. lst authorization $1,000.00. 


Location - 20-2818 Cottage Grove Section, Pacific Highway. Lane County. 
3rd authorization $490.00. Total to date $2,300.00. 


The motion was duly seconded by Commissioner Aldrich end was declared by 
Chairman Cabell to have carried by the unanimous vote of the Commission. 


Consideration was given by the Commission to the following requests 
for extensi~us of time within which to complete highway construction projects: 


Consolidated Highway Company, Inc., contract No. 1851, for 
grading, surfacing end oiling the Toledo-Simpson Creek Section of 
the Corvallis-Newport Highway, in Lincoln County, requested an ad- 
ditional extension of time to October 1, 1937, within which to cor- 
plete this project. They alleged that their failure to complete the 
project within the specified time limit was due to the reason that 
slide conditions increased the amount of work approximately forty 
per cent. The Engineer advised thet the date of completion specified 
in the contract was September 30, 1936, tut weather conditions were 
such that the oiling work could not be done during the 1936 season 
and accordingly the. contractor was allowed to postpone such work un- 
til the 1937 season and he wes granted an extension of time of 30 
working days in 1937 to complete the job. During the winter seasou, 
he said, a large slide occurred which delayed the contractor's opera- 
tions and it was not until August 3 that the road was in condition to 
receive the oil treatment although the contractor was busily engaged 
in removing the slide material from June 1, 1937, to July 26, 1937, 
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Engineer reported that under authority previously grented him by 


the Commission he has ordered a number of surveys since the last meeting of 


the Commission. 
to confirm his action. 


He presented e list of such surveys and asked the Commission 
After due consideration Commissioner Tou Velle moved 


that the State Highway Engineer be authorized and instructed to make such lo- 
cation surveys on various sections of the highways of this state which seid 


sections of highways, 
amounts authorized and 


Prepare Plans 


Bridge Location- 


Location 


Location 


Location 


Right of Way 


Right of Way 


Location 


Right of Way 


Right of Way 


Reconnaissance 


Location 


Right of Yay 


' 


15-2815 


131-2812 


31-2811 


233-2813 


24-2801 


21-2818 


21-2817 


6-2810 


20-1909 


29-2822 


120-2805 


26-2802 


117-2807 
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together with their identifying survey numbers and the 
allocated for such survey expenditures, are as follows: 


Sardine Creek Section, Pacific Highway. Jackson 
County. 3rd authorization $100 - Total to date 
$350.00. 


Meadowbrook Bridge, Starkey Secondary Highway. 
Union County. lst authorization $350.00. 


Le Grande-Island City Section, Wallowa Lake High- 
way. Union County. lst authorization $250.00. 


Forest Boundary-Hette Butte Sestion, Warm Springs 
Road. Wasco County. lst authorization $5,600.00. 


Selem-Pringle Creek Section, i'ecific Highway. 
Marion County. 2nd authorization $1,200 - total to 
date $2,800.00. 


Yaquina Bay Bridge Approach, Oregon Coast Highway. 
Lincoln County. lst authorization $450.90. 


Alsea Bay Bridge Approaches, Oregon Coast Highway. 
Lincoln County, 1st authorization $350.00. 


Marshfield-Coquille Section, Oregon Coast Highway. 
Coos County. 2nd authorization $1,000. Total to 
date $16,300.00. 


Lincoln County Line-Florence Section, Oregon C oast 
Highray. Lane County. 3rd authorization $600. 
Total to dete $2,158.00. 


Hebo-Neskowin Section, Oregon Coast Highway. Til- 
lamook County. 1st authorization $50.00. 


Monroe-Anlauf Section, Territorial Secondary High- 
way. Lane County. ist authorisation $1,440.00. 


Fairview-Cascade Locks Section, Columbia River High- 
way. Multnomah County. 5th authorization $4,000. 
Total to date $62,000.00. 


M -Provolt Section, Williams Secondary Highway. 
Joseohine County. lst authorization $125.00. 


= 
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Tillamook County, requested an additional extension of time, from 
August 31 to September 18, 1937, within which to complete this job. 
Mr. Montague alleged that the additional time required is solely 
for completing the delivery of crushed materials in stock piles for 
future use, the amounts of such materials having been increased above } 
those contempleted in the original contract. The Engineer advised 
that the completion date specified in the contract was May 31, 1937, 
but this time was extended to August 31, 1937, because of enforced 
shutdowns due to the order of Governor Martin closing the area during 
the fire hazard season last fall. The work was also delayed, he said, 
because of bad weather conditions. He added that all of the road work 
that comprises the federal aid portion of the project was completed 
prior to August 31 and that the work undertaken subsequent to that 
time consisted of stockpiling maintenance rock, the quantity of which 
was increased over the contract amount because of the oiling work 
which was done on this road this summer. He recommended in view of 
the circumstances that the extension requested be granted without pen- 
alty and submitted a letter from the Bureau of Public Roads concur- 
ring therein. The Commission approved the recommendation by unani- 
mous vote. 


Parker-Schram Company, contract No. 1916, for grading, paving 
and construction of structures on the Ross Island Bridge-S chiller 
Street Section of the East Portland-Oregon City Highway, in Multno- 
mah County, requested an extension of time of 30 days, from Septem- 
ber 30, 1937, to October 30, 1937, within which to complete this 
project. They gave the following reasons for failure to complete 
the project within the specified time limit: (1) inability of the 
state to provide. access to certain portions of the project for which 
right of wey had not been acquired; (2) delays due to failure of 
the contractor on the Milwaukie Avenue Viaduct project to complete 
this structure within the anticipated time limit; (3) difficulties 
encountered by the state in securing right of way from the Southern 
Pecific Company for the ramp approach to Milwaukie Avenue at the 
Milwaukie Avenue viaduct; (4) delays due to interference resulting 
fror. merations of the Public Utilities affected by the improvement. 
The tngineer advised that the reasons given by the contractor for 
failure to complete the project within the specified time limit are 
correct. He particularly mentioned that right of way for the Mil- 
waukie ramp was not secured until after the first of October and 
the: construction of the remp was extra work that was not contemplated 
at the time the criginal contract was awarded. It would not be poe- 

llete the grading and paving of tais ramp be- 
sible, he said, to comp er " a the 
fore the end of the 30-day extension that is now requested by ‘ 
tor. He recommended, in view of the fact that the contractor's 
oelap te failure to complete the job within the specified time 
limit resulted from things beyond their control, that the extension 
ested be granted without penalty, and submitted a letter from 
‘on Bureau of Public Roads concurring therein. The Commission ap- 
proved the recommendation by unanimous vote. 
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there being about 35,000 cubic yards of such materials to be moved. 
He further advised that the slide removal work interfered with the 
oiling work which was subcontracted to contractor E. C. Gerber whose 
equipment was tied up on other projects in eastern Oregon so, be- 
cause of inability to secure another oiling outfit, it wes not until 
the first of September that he was able to start the oiling on the 
Toledo-Simpson Creek job but he completed the work in 22 days. He 
recommended in view of the circumstances surrounding this job that 
the extension requested be granted without penalty, and submitted a 
letter from the Bureau of Public Roads concurring therein. The Com- 
mission approved the recommendation by unanimous vote. 


Orion, Birkemeier & Saremal, contract No. 1868, for grading and 
construction of bituminous nacadam surfacing on the Bonneville- ‘ 
Eagle Creek Section of the Columbia River Highway, in Multnomah County, 
requested an extension of time of 60 days, from Jaly 31, 1937, to 
September 30, 1937, within which to complete this project. They al- 
leged their failure to complete the project within the specified time 
limit was due to delays caused by the noncompletion of the Bureau of 
Public Roads Project 28A on the adjoining section, which project was 
supposed to have been completed early in the year but was actually 
not completed until August 20, 1937. The Engineer advised that the 
Bureau of Public Roeds Contract 28A is the Tooth Rock Tunnel project 
and as stated by the contractor was not completed until considerably 
leter in the year than was anticipated, resulting in unavoidable de- 
lays in the completion of the state project. He further advised that 
the traveling public has not been particularly discommoded by the de- 
lay inasmuch es the old paved road has been available for travel at 
all times, He recommended that the extension of time requested be 
granted without penalty notwithstanding that there has been some in- 
crease in cost to the state for engineering supervision, and submitted 

- a letter from the Bureau of Public Roads concurring therein. The 
Commission approved the recommendation by unanimous vote. 


Averill & Corbin, contract No. 1900, for the construction of an 
undercrossing project on the Butteville Road-Hubbard Highway under 
the Southern Pacific Company's tracks near Aurora, in Merion County, 
requested an extension of time, from January 31, 1937, to October 9, 
1937, within which to complete this job. They alleged their failure 
to complete the project within the specified time limit was due to 
the marine strike which prevented the delivery of structural steel 
that was being shipped from the east by boat. The Engineer advised 
that the reasons given by the contractor for failure to complete the 
project within the specified time limit are substantially correct. He 
recommended in view of the circumstances that the extension requested 
be granted without penalty and submitted a letter from the Bureau of 
Public Roads concurring therein. The Commission approved the recom- 
mendation by unanimous vote. 


S. S. Montague, contract No. 1904, for grading and surfacing the 
Mills Bridge-Jordan Creek Section of the Wilson River Highway in 
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He submitted a letter from the Bureau of Public Roads concurring 
therein. The Commission approved the recommendation by unanimous 
vote. 


E. C, Hall, contract No. 1967, for furnishing crushed rock 
in stock pile for the Bend-Crescent Section of The Dalles-California 
Highway, in Deschutes and Klamath Counties, requested an extension 
of time, from May 31 to October 5, 1937, within which to complete 
this job. He gave no reason for feilure to complete the work within 
the specified time limit. The Engineer advised thet bids were taken 
for this work on November 5, 1936, but the contrect was not awarded 
until April 10,,1937, hence the contractor is entitled to the exten- 
sion of time requested without penalty, particularly so in view of 
the fact that the state has incurred no extra expensefor engineering 
Supervision and no interference has been caused to the normal flow 
of traffic on this rocd. The Commission approved the recommenda~ 
tion by unanimous vote. 


Jacobsen-Jensen Company, contract No. 1968, for grading and 
paving the Turkey Hill-Chenoweth Park Section of the Pacific High- 
way, in Douglas County, requested an extension of time of 30 days, 
from September 30 to October 30, 1937, within which to complete 
this job. They alleged that their delay was caused by slow delivery 
of materials. The Ingineer advised that the reason given by the 
contractor for failure to complete the project within the specified 
time limit is correct, that Jacobsen-Jensen Company had contracted 
with another party to furnish the materials, but, after the work 
was started, other projects came up and this party assumed more work 
than he could accomplish which resulted in the overrun of time limit 
specified in their stcte contract. He gave as his thought that the 
reasons given for the delay should not be considered ample to relieve 
the contractor of the payment of penalty and he recommended that the 
extension of time be granted subject to the condition that the con- 
tractor be charged the enginecring costs incurred on this job sub- 
sequent to the date of completion specificd in the contract. He 
submitted a letter from the Bureau of Public Roads concurring therein. 
The Commission approved the recommendation by unanimous vote. © 


Edwin C. Gerber, contract No. 1988, for oiling the McKenzie 
Pess-Little Butte Section of the McKenzie Highway, in Deschutes 
County, requested an extension of time of 28 days, from July 31 to 
A ugust 28, 1937, within which to complete this project. He géve 
no reasons for hig failure to complete the jcb within the time limit 
specified. The Engineer advised that there is no apparent reason 
why Mr. Gerber should not have completed this job within the time 
limit specified other than that he entered into other contracts that 
took him longer than he anticipated, such as subcontracting the road 
mix portion of the Itschner & Rigdon contract on the Fremont Highway 
north of Psisley. The state has incurred no loss for engineering super- 
vision on account of the delay, he said, neither has the travelling 
public been inconvenienced any more than it would have been had the 
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Harold Blake, contract No. 1925, for grading and paving the 
Pringle Creek-Illahe School Section of the Pacific Highway, in Marion 
County, requested an extension of time of 20 days, from September 30 
to October 20, 1937, within which to complete this project. He at- 
tributed his failure to complete the project within the specified 
time limit to the fact that the curing period for the concrete pave~ 
meni did not terminate in time so that the pavement could be used in 
completing the required shoulder work. The Engineer advised that the 
paving work was all completed by September 6 but that the contractor 
was not permitted to use the new pavement until the period of curing 
hed expired so it was necessary to defer the shoulder work and some 
other details until the first of October, necessitating an overrun { 
of time limit of 20 daye. He recommended that the extension be ‘\ 
granted but thet the contractor be charged for the assessed engineer- } 
ing costs incurred by the state’ subsequent to the date of completion H 
specified in the contract. He submitted 4 letter from the Bureau of ’ 
Public Roads concurring therein. The Commission approved the recom- 
mendation by unanimous vote. 


Consolidated Highway Company, Inc., contract No. 1929, for grad- 
ing, surfacing and oiling the Rock Creek-Wallowa Section of the Wal- 
lowa Lake Highway, in Wallowa County, requested an extension of time, 
from August 31 to October 15, 1937, within which to complete this job. 
They attributed their failure to complete the project within the speci- 
fied time limit to the fact that the contract wes not awarded to them 
for 28 days after bids were received; also to the fact that the amount 
of work actually done exceeded the amount contemplated in the original 
contract. The Engineer advised that the contractor's statement as 
to the award of the contract is correct. He also advised that the 
amount of work performed exceced the estimated amounts by epproxi- 
mately five per cent. He recommended that the extension requested 
be granted but that the contractor be penalized an amount equal to 
the engintering costs that the state has incurred on this job sub- 
sequent to September 29, due to the fect that the contractor did 
not prosecute the oiling work with reasonable promptness thereby in- 
creasing the cost of supervision and causing the traveling public 
considerable inconvenience. He presented a letter from the Bureau 
of Public Reads. concurring therein. The Commission approved the 
recommendation by unanimous vote. ., 


E. C. Hall, contract No. 1934, for surfacing and construction 
of bituminous macadam on the Tolman Creek-Siskiyou Section of the 
Pacific Highway, in Jackson County, requested. an extension of time 
of 18 days, from August 31 to September 18, 1937, in which to com- 
plete this job. He gave no reasons for his failure to complete the 
job within the specified time limit. The Engineer advised tht Mr. 
Hall could easily have finished this project within the specified 
time limit if the grading contractor on the adjoining section had 
finished his contract on time. The delay, he said, was due entirely 
to this cause and was absolutely no fault of Mr. Hall for which reason 
he recommended that the extension of time be grented without penalty. 
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of the Pacific Highway, in Jackson County. Completed Septem- 
ber 18, 1937. 


Contract No. 1962, with Oregon Contracting Company, for 
grading and paving the Rocky Point Section of the Columbia 
River Highway, in Multnomah County. Completed October 31, 
1937 ° e 


Contract No. 1968, with Jacobsen-Jensen Company for grad- 
ing and paving the Turkey Hill-Chenoweth Park Section of the 
Pacific Highway, in Douglas County. Completed October 25, 
1937. 


Contract No. 1969, with Herold Blake, for greding and 
paving, also construction of trestle bridge, on the Bellevue- 
Pringle Corner Section of the McMinnville-T illamook Highway, 
in Yamhill County. Completed October 30, 1937. 


Contract No. 1988, with Edwin C. Gerber, for oiling the 
McKenzie Pass-Little Butte Section of the McKenzie Highway, 
in Deschutes County. Completed August 28, 1937. 


Contract No. 1991, with Jacobsen-Jensen Company, for grad- Piet 
ing and paving the McMinnville Section of the Pacific Highway 
West in Yamhill County. Completed October 28, 1937. 


Contract No. 1993, with Edlefsen-Weygandt Company, for 
paving the North Roseburg Section of the Pacific Highway, in 
Douglas County. Completed November 6, 1937. 


Contract No. 1995, with Mountain States C onstruction C om- 
peny, for paving the Lafayette Section of the Pacific Highway 
West, in Yamhill County. Completed October 9, 1937. 


THEREFORE, BE IT RESOLVED that the work covered by said 
state highway contracts for the constmction of said state highway 
projects be declared completed according to the terms of the re- 
spective contracts, and said jobs are hereby accepted and final pay- 
ment in connection with each is hereby authorized. 


The Commission considered and signed agreements, et cetera, as fol- 


Agreement with the Brookings Land and Townsite Company authoriz- 
ing construction and maintenance of water pipe lines across Azalea 


State Park at Brookings, in Curry County. 


Agreement with the Oregon American Lumber Corporation dispos— 
ing of its claim for right of way, et cetera, for the Wolf Creek 
Highway across the company's holdings, in Clatsop County. 
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contract been completed within the specified time. He recommended 
therefore that the extension requested be granted without penalty. 
The Commission approved the recommendation by unanimous vote. 


The Engineer reported that contracts Nos. 1851, 1868, 1899, 1900, 
1904, 1925, 1929, 1934, 1962, 1968, 1969, 1988, 1991, 1993 and 1995 for the 
construction of state highway projects have been completed according to the 
requirements of the contracts or modifications thereof and that said jobs are 
now ready for acceptance. The following resolution accepting the above proj- 
ects was offered and was adopted by the unanimous vote of the Commission: 


WHEREAS, the Engineer has reported that the following State 
Highway Commission contracts for the construction of state highway 
projects have been completed according to the terms and provisions I 
of the contracts and that said jobs are now ready for acceptance: - 


Inc., for grading, surfacing and oiling the Toledo-Simpson 
Creek Section of the Corvallis-Newport Highway, in Lincoln 
County. Completed September 22, 1937. 


} 

= 

Contract No. 1851, with Consolidated Highway Company, 5 
C4 

fe 


Contract No. 1868, with Orino, Birkemeier & Saremal, 
for grading, surfacing and bituminous macadam on the Bonne- 
ville-Eagle Creek Section of the Columbia River Highway, in 
Multnomah County. Completed September 29, 1937. 


Contract No. 1899, with Parker-Schrem Company, for grad- 
ing the Salt Creek-Gold Lake Trail Section of the Willamette 
Highway, in Lane County. Completed October 14, 1937. 


Contract No. 1900, with Averill & Corbin, for construc- 
tion of an undercrossing to carry the S. P. tracks over the 
Butteville-Hubbard Secondary Highway, north of Hubbard, in I. 
Marion Gounty. Completed October 9, 1937. i 


Contract No. 1904, with S. S. Montague, for eroding end 
surfacing the Mills Bridge-Jordan Creek Section of the Wilson 
River Highway, in Tillamook County. Completed September 18, 
1937. 


Contrect No. 1925, with Harold Blake, for grading and 
paving the Pringle Creek-Illahe School Section of the Pecific 
Highway East, in Marion County. Completed October 20, 1937. 


Contract No. 1929, with Consolidated Highway Company, Inc., 
for grading, surfacing and oiling the Rock Creek-Wallowe Sec- 
tion of the Wallowa Lake Highway, in Wallowa County. Completed 
October 16, 1937. : 


Contract No. 1934, with E. C. Hall, for surfacing and con- 
structing bituminous macadem on the Tolman Creek-Siskiyou Section 
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Bargain and sale deed conveying unto William E, Cushman 4.9 acres 
in the f Sec. 17, 2 33 &., R. 1 W., WM, Jack- 
County, and lying outside of the standard width highway right of 


Quitcleim deed conveying unto Jcnas C. Rowan 0.08 acre of land 
the standard width highway right of way in the 
NE} of the SEZ of Sec. 9, T. 32'S., Re 15 W., W.M., in Curry County. 


no further business to come defore the Gommission at this 
time the meeting was adjourned at 6:00 o'clock p. m. 


te Highway Engineer 


Secretary A Commissioner > 
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TABLE OF CONTENTS _ 
Subject 


Travel and Information Department. Conference with Advisory 
Committee. 

Cregon Coast Highway. Numerous improvements requested by 
Ed Wi. Miller and Merle Chessman on behalf of Oregon Coast 
Highway Association. 

Bids, as follows, opened and read: 

Smith Point-Youngs Bay Bridge Section, grading and paving; 
Heppner Junction Rock Production Project; 

John Day-Oliver Ranch Section, grading and topping; 
Kimberly Bridge Section, grading, surfacing and bridge; 
Poison Creek Section, crushed rock in stock piles; 
Sardine Creek Bridge Section, viaduct, roadbed and roadway; 
Harris Creek-Chalk Cliff Section, grading, surfacing; 
Belknap Springs-McKenzie Summit Section, crushed rock; 
Snake River Slides-Ontafio Section, crushed gravel; 
Kamela-La Grande Section, crushed rock in stock riles; 
Maupin Rock Production Project. 

Travel and Information Department. Advisory Comaittee sub- 
mits report and recommendations for 1938 appropriation. 
Budget of $101,160.00 approved for 1938. 

Appointment of committee to study Oregon conditions recoa- 
mended by Advisory Committee. 

Qld Oregon Trail. Various improvements requested by Charles 
Reynolds on behalf of Oregon Trail Association. 

Columbia River Highway. Improvements requested by Oregon 
Trail Association. 

Willamette Highway. Early completion urged by delegation 
from Eugene and Klamath Fells Chambers of Commerce. 

McKenzie Highway. Modification of load limit order requested 
by Booth-Kelly Lumber Company. 

Resolution modifying 50 per cent load limit to allow loads 
up to 75 per cent of muxiumum specified by law. 

Douglas County. North Umpqua Road. Roseburg delegation re- 
quest designation as secondary highway. 

Roseburg. Removal of rock ledge from old Pacific Highway 
at north city limits requested. Approved. 

Linn County. Santiam Highway. Ccunty's indebtedness dis- 
cussed with County Court. Report to be made later. 

Tillamook County. Weyerhaeuser Timber Company to deed prop- 
erty to County for transfer to State later for park site. 

t to be prepared embodying certain conditions. 

Wilson River Highway. Continuation of W.P.A. work urged by 
Tillamook County Court. 

Use of county-owned equipment to be investigated. 

Ontario. E. W. Williamson alleges service station will be 
devaluated by construction of grade separation voroject. 

Hood River County. County Court, et al, requests reconstruc- 
tion of Hood River Secondary Highway south of Dee. 
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Awards: (continued) 

Kimberly Bridge Section, grading and surfacing end bridge; 
Poison Greek Section, resurfacing, crushed rock; 

Sardine Creek Bridge Section, concrete viaduct, roadbed 
and temporsry roadway; 

Harris Creek-Chalk Cliff Section, gracing, surfacing and 
oiling; 

Belknap Sorings-McKenzie Summit Section, crushed rock; 
Snake River Slides-Ontario Section, crushed grevel; 
Kemela-La Grande Section, crushed rock; 

Maupin Rock Production Project. 

Otter Rock. Messra J. L. Groff and B. C. Shaver request per- 
mission to connect pipe line to State's line in Devil's 
Punch Bowl State Park. Referred to Parks Engineer. 

Oregon City. City officials confer in regard to parking re- 
strictions on Fifth Street. 

Lower Columbia River Highway. Additional improvements between 
Scappoose and Astoria requested by Lower Columbia Highway 
Association. 

Jefferson County. Warm Springs Highway. Greding south of 
Warm Springs agency requested by County Court. 

Forest Highway Funds. Aliocation for construction of the 
northerly end beginning at Bear Springs requested. 

Deschutes County. Cascade Lakes Forest Highway. Allocation 
of Forest Highway Funds for northern end of highway re- 
quested by County Commissioner, et al. 

South Sentiam Highway. Deschutes County representatives 
express preference for completion of grading work. 

Forest Highway Funds. Conference with representatives of 
Bureau of Public Roads and Forest Service regarding 1939 
funds. 

Program for 1939 Forest Highway Funds adopted. 

Acquisition of real property. Resolution. 

Oregon Coast Highway. Offer of idrs. Knapp to deed property 
at Port Orford, free of cost, accepted. Attorney to secure 
deed. 

Portland. Foster & Kleiser, advertisers, request lease of 
portion of Block F, Kerns Addition, on which to place sign. 

Port Orford. Offer of Claude C. Inman of Tucson, Arizona, 
for property required for revision of Oregon Coast High- 
way rejected. 

Oregon City. Acquisition of Security Investment Company 
property for East Portland-Oregon City Highway. Attorney 
authorized to offer as high as $20,000. 

Advertisement of project to be deferred pending settlement 
of Security Investment Company controversy. 

West Portland-Hubbard Highway. H. K. Noles, Tigard, inquires 
regarding acyuisition of his property for right of way. 

Columbia River Highway. West Extension Irrigation District 
of Irrigon requests reconstruction of pipe line across road. 


Page Date Subject 
1937 
7741 Nov. 30 Mt. Hood Highway. County Court requests reconstruction at 
Whiskey Creek Junction and Pikes Corner. 
7742 Hood River. Lighting of Hood River Bridge. City to furnish 
power, State to repair wiring and maintain lamps. 
Hood River County. Odell~Summit county road. County Court 
requests designation as secondary highway in lieu of Inter- 
state Bridge Secondary Highray No. 280. 
Central Oregon Highway. Delegation from Harney and Deschutes 
Counties urge completion and oiling. 
7743 The Dalles-Californie Highway. Deschutes County Commissioner 
urges adoption of revised line to aid in plans for Deschutes 
Irrigation project. 
Location survey south of Madres authorized. 
vi TAA Warm Sorings Highway. Don Peoples inquires regarding possibil- 
ity of surfacing between iladras and Deschutes hiver. 
Molalla. City Councjl raquests paving of strips on each side 
of Noodburn-Mt. Hood Loop Secondary Highwa;; through town. 
Morrow County. ‘iasco-Heppner Secondary Highway. Reconstruc- 
tion of Heppner-Rhea Creek Section requested by County Court. 
Heppner-Spray Secondary Highway. Elimination of curves on 
Hardman Hill reyuested by County Court. 
Federal Aid Secondary Highway System. Improvement of Heppner- 
Rhea Creek Section and Jarmans-Pine City county road pre- 
ferred by County Court. 
Oregon-Washington Highway. Oiling between Heppner and Nye 
Junction requested by County Court. 
T7145 Snow removal. Concentration of cperations on Wasco-Heppner 
Secondary Highway near Eightmile requested by Court. 
Nenalem Secondary Highway. Vernonia delegation request im+ 
provements between Banks and Buxton. 
Various safety measures along highway just east cf Vernonia 
requested by delegation. Sight oosts to be installed. 
TIL6 Astoria. Delegation from Clatsop County and city express 
preference for westerly or southerly route for connection 
between Bond and Astor Street. 
Clatsop County. Claim of Dr. Foster for property acquired 
for Coast Highway south of Arch Cape Tunnel approved. 
Designation as sti.te highway of county road extending from 
Coast Highwey to Fort Stephens requested by County Judge. 
Nehalem Secondary Highway. Oiling between Jewell and Mist 
requested by County Court. 
North Sentiem Highway. Deiegation from County Court and City 
of Salem request allocation of Forest Highway Funds for 
Gates-Niagara section. 
Surfacing and oiling between Detroit and junction with South 
Santiam Highway requested. 
7747 Awards, as follows, announced: 
Smith Point-Young's Bay Bridge Section, grading snd paving; 
Heppner Junction Rock Production Project; 
7748 John Day Oliver Ranch Section, grading and gravel topping; 
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Subject 


Extensions of time, 2s follows: 
Berke Bros., Tunnel Section; 
Coos Bay Construction Co., Elsie-Nehalem River Section; 
Washington Asphalt Company, Stanfield-Pendleton Section; 

Contracts completed and accepted: 

Stanfield-Pendleton Section, Washington Asphelt Co.; 
Myrtle Point-Mystic Creek Section, Homer G. Johnson; 
Salmon River, McMinnville-Tillamook and Dellas—Coast High- 
ways, furnishing crushed rock, derold Blake. 

Agreements, et cetera, signed: 

Multnomah County Drainage District, drainage across Colum 
bia River Highway, near Portland; 

Virginia A. Hickey, disposition of claim in connection with 
reconstruction of Mt. Hood Highwey «et Brightwood; 

Frank Forth, permission to construct footbridge on Wall 
Creek-Siskiyou Section of Pacific Highway; 

City of North Bend, conveying to City 5.51 acres at south 
end of Coos Bay Bridge. 

Date for next regular meeting set for January 6 and 7, 1938. 

Minutes of aeetings held on June 17 und 18, July 6, July 28 
and 29, 1937, approved. 

Acquisition of real oroperty. Resolution adopted. 

Columbia River Highway. Acquisition of Rooster Rock. Offer 
of Columbia River Packers association accepted. 
Acquisition of Reed property at Tunnel Point. Attorney to 
take option. 

Lake County. Fremont Highway revision north of Lakeview, 
New options authorized. 

Condemnation. Froceedings authorized on following: 

Eagle Creek-Cascade Locks Section, 
J.B. Laber 
P. J. McGowan & Sons 
West Portland-Cooke Crossing Section, 
W. F. Schamoni and Ben H. Jacques 
South Marshfield Section, 
H. #. Osborne et al 
Elmer Newton 
Albany Overcrossing Section, 
J. F. Howard 

Condemnation proceedings. Offers to be approved by Commis- 
sion before being submitted to property owners hereafter. 

Clatsop County. Road to Seddle Mountain State Park, Payment 
of $6,000 authorized to Grand Rapids Uregon Timber Company. 

Jackson County. Pacific Highway. Acquisition of Robertsun 
property. Commission authorizes payment of $3,000 

Western Association of State Highway Officials. Action re- 
garding President's recommendation for reduction in Federal 
Aid reported by Chairman Cabell. 

National Asphalt association. Engineer's report of Annual 
Meeting. 
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Union County. Request of Mr. Kingsbury for reconstruction 
of pipe line on Medical Springs Secondery Highway. . 

Portland. Denver Avenue-Union Avenue intersection. attorney 
authorized to take options for right of way required for 
proposed grade separation structure. 

Peninsula Public Golf Course. Use of right of way for golf 
club facilities considered. 

Metropolitan Association, Inc., requests relief from traf- 
fic congestion in west side business district. 

Projects approved for advertising in January ead February. 

Minor Betterment Budget. Primary and secondary highway minor 
betterment budget for 1938 adopted. 

The Dalles-Californie Highwey. Modoc Point-Chemult revision. 
Resolution adopting Route No. 1 which bypasses Chiloguin. 

Oregon City. Request of H. Douthit to maintain stairway 
from Water Street to boat moorage at foot of 11th Street. 

Multnomah Industrial Health Association. Increase in rates 
effective January 1, 1938, epgroved. 

Log hauling. Disposition of violations in Coos County for 
overloading to be handled in accordance with previous ar- 
rangement with State Police and P.U.C. 

Portland. Newberry Street Bridge and Vermont Street Bridge. 
Insurance previously carried by City of Portland to be 
dropped by Commission. 

Roadside Improvement Funds. Federal Aid allocation for 1938 
budgeted to five divisions. 

East Portland—Oregon City Highway. Acquisition of additional 
right of way north of Abernethy Creek Bridge considered un- 
necessary. 

Pacific Highway. Resolution abandoning old route through 
McMinnville which hes been repleced by new alignment. 

McMinnville-Tillamook Highway. Abandonment of portion of 
Muddy Creek-Pringle Corner Section. Resolution. : 

Columbia River Highway. Resolution abandoning certain portions 
end retaining other portions of old highway in Multnomeh Co. 

Tunnel lighting. Purchase of central callbox authorized. 

Portland. City Council and Portland Association of Building 
Owners and 4emagers urge relief from traffic congestion in 
west side district. 

Oregon Coast Highway. Port Yrford Chamber of Commerce urges 
reconstruction of highway south of Coquille. 

Request for cattle pass construction by F. Kk. Beals, Warren- 
ton, denied. 

Cape Arago Secondary Highway. Letters from C. R. Wilson and 
W. S. Park, Charleston, requesting oiling of highway. 

Albany. Payments for right of way, et cetera, in connection 
with grade separation project, to be withheld pending adop- 
tion of grade changes by City of albany. 

Surveys. List ordered by Engineer since last meeting approved 

by Commission. 
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Subject 


Forgery. Investigation of defalcetions of W. L. Moorman. 

Audit. Highway Commission's uccounts to be audited by con- 
cern not connected with Secretary of State's office. 

Time statements. Change in procedure to be worked out 
by Engineer and Chairman. 

Right of way. Chairman to inspect certain properties under 
consideration. 

Wilson River Highway. Purchase of county equipment for use 
in connection with W.P.A. project considered. 
State to sponsor project costing about $182,000. 

Safe. Purchase of safe for Auditor authorized. 

Federal Aid Secondary Highway Program. County Courts to be 
interviewed in regard to projects. 

Marion County. Silverton Hills Cooperative Electric Company 
requests permission to overbuild telephone line. Granted. 

Mountain States Power Company. Application to cross Salem- 
Dallas Highway with power line denied. 
Cutting or trimming of trees to facilitate installation of 
power line prohibited. 

Yaquina Bay Bridge. Release of deposit of Gilpin Construc- 
tion Company and General Construction Company ordered. 

Union Pacific Company. Payment of one-half expense due to 
derailment of train at Oneonta in February, 1936, approved. 

Claim. Damage to gate on Umpqua River Bridge. State alleges 
Harold T. Warren responsible for damage amounting to $45. 

Oregon Coust Highway. Short Sand Beach Creek Bridge. Dedi- 
cation in honor of Samuel G.Reed. Matter referred to North 
Tillamook Chamber of Commerce. 

Semuel G. Reed. North Tillamook County Chamber o: Commerce 
requests dedication of bridge in Mr. Reed's honor. 

Pacific Highway. Resolution abandoning section of old route 
at north city limits of Roseburg. 
Resolution abandoning portion of old route near Green Creek, 
Josephine County. 
Resolution abandoning Green Springs Junction-Siskiyou Sec- 
tion, in Jackson County. 
Resolution decignating old route between Ashland and Green 
Springs Junction as extension of Green Springs Highway. 

Green Springs Highway. Old route of Pacific Highway between 
Ashland and Green Springs Junction designated as extension 
of Green Springs Highway. 

Oregon Coast Highway Association. Resolutions adopted at 
Annual Meeting in Astoria filed. 

Coos County. Powers Secondary Highway. Petition requosting 
improvements from Hoffman Bridge to Powers. Request denied. 

Salem-Dayton Secondary Highway. Salem Chamber of Commerce 
urges additional improvements in 1938. 

Portland. Multnomah Civic Club requests arterial highway 
improvements to relieve congestion in Westside District. 

Enegren Ferry. Extension in hours of service not granted. 
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Albeny. Grade separation project. Decision regarding con- 
struction deferred until next meeting. 

Hearing before Public Utilities Commissioner authorized. 
Release of payments for right of way ordered. 

Marshfield. Sale of building in Bunker Hill Addition, to 
Roy Enlund, approved. 

West Portland-Hubbard Highway. Offer of V. Kalafete to pur- 
chase building on property owned by State rejected. 

Marshfield. Offer of Arthur L. Fitch to purchase building in 
Bunker Hill Addition accepted. 

Tillamook County. Weyerhaeuser Timber Company approves condi- 
tions of conveyance of timber strips as outlined by Chairman. 

Tax sales. Attorney requests permission to obtain newspapers 
advertising sales which may be needed for future right of way. 

Pipelines. Responsibility of Commission for maintenance and 
replacement of pipe lines, ditch flumes, et cetera. 

Union County. Claim of Mr. Kingsbury for damage to pipe line 
on Medical Springs Secondery Highway. Payment approved. 

Old Oregon Trail. Claim of West Extension Irrigation District 
for replacement of pipe line near Irrigon. 

North Salem Undercrossing. Maintenance of lights by State. 
Decision deferred until next meeting. 

Undercrossings. Estimate ordered on cost to light all under- 
passes within cities. 

Astoria. Resolution adopting route of Columbia River High- 
way between 16th Street and 8th. Street. 

Coalbank Slough. Engineer authorized to submit plens for pro- 
posed bridge to War Department and request hearing. 

Tillamook County. Little Nestucca River Bridge. Plans to be 
submitted to War Department for approval. 

Mountain States Power Company. Revision of lines due to con- 
struction of Albany grade separation project. Basis of 
settlement agreed upon. 

Federal Aid Funds. Report from American Association of State 
Highway Officials showing amounts of 1938 funds evailable. 
Douglas County. North Umpqua Highway. Agreement with County 
and Umpqua Highway Improvement District providing for pay- 

ment of cost of survey betweyn Roseburg and Rock Creek. 
Umpqua Highway. Maintenance by State of old section between 
new connection with Coast Highway, in Reedsport, and Schol- 
field Bridge. Estimate of cost ordered, as requested by 
Russell Hubbard of Reedsport. 

Bertha-Beaverton Highway. Resolution changing name to Beaver~- 
ton-Hillsdale Highway to conform to change in name of Post 
Office. 

Trevel and Information Department. Appointment of committee 
as recommended by Advisory Committee on Publicity Matters 
considered. No action. 

Willamette Highway. Order of procedure for completion from 
Lowell Junction easterly during 1940. 
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Contracts completed, as follows: 
Butteville toad-lihite School Section, Roy L. Houck; 
Storm Creek~Lamb Creek Section, Berke Bros.; 
Ross Island Bridge-Schiller Street Section, Parker- 
Schram Company; 
Shedd-Halsey Section, Warren Northwest, Iac.; 
Eagle Point-Baker Gulch Section, Saxton, Looney & Risley; 
Forest Boundury-Long Creek Section, Rogers VYonstruction Co. 
Storage building south of Portlend, Frank Wett Construc- 
tion Company. 

Agreements, et cetera, signed: 

Pacific Telephone and Telegraph Company, regarding 

North Powder-Muddy Creek Section of Old Oregon Trail; 
O.WR. & i, Company, Union Pacific Company, and Baker 
County, encroachment of Old Vregon Trail at Haines; 
Oregon-American Lumber Corporation, transportation of 

logs across Wolf Creek Highway in Clatsop County; 
Weyerhaeuser Timber Company, extension of lease on stock- 
pile site in Klamath County; 

Bargain and Sale Deed conveying land adjacent to Columbia 
County Line-Linnton Section to Multnomah County. 

Minutes of August 11 & 12, and Sept. 13 & 14, approved 

Acquisition of real property. Resolution. 

Lake County. Acquisition of property owned by William Manley 
Currier which is needed for Fremont Highway revision. 

Condemnation. Proceedings authorized on following: 

Harris Creek-Chalk Cliff Section, Fremont Highway, 
William Manley Currier property; 

Troutdale-iMultnomah Falls Section, Columbia River Highway, 
Fritz and Vivien Luscher property. 

Fremont Highway. Harris Creek-Chalk Cliff Section. Settle- 
ment for acquisition of Ralph C. Foster and William H. 
Harvey property. 

Yamhill County. McMinnville-Tillamook Highway. Offer of 
Gail Wi. Buel for property needed for Sheridan-Mcifinnville 
Section rejected. 

Buildings. Estimate of cost to move buildings to be given 
in connection with property purchases hereafter. 

Portland. Claiw of Mrs. Maude Hastings Campbell for damage 
resulting from Union Avenue viaduct denied. 

Oregon City. Acquisition of Security end Investment Company 
property needed for East Portland-Oregon City Highway on 
Water Street. Offer rejected. 

Oregon Coast Highway. Acquisition of J. A. and K. Sansbury 
property at Gleneden Beach deferred. 

Siletz-Newport Section. Negotiations for right of way to 
be discontinued exaept in unusually good deals. 

Neskowin. Acquisition of Williem S. Walton property de- 
ferred until next meeting. 

Columbia River Highway. Settlement with Rooster Rock owmers. 
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Otter Rock. Use of Highway Department's pipe line requested 
by Otter Rock Water District. Request denied. 

Pacific Highway. Elimination of curves between Roseburg and 
Grants Pass reyuested by Oregon State Hotel Association. 

Federal Aid System. U. S. Department of agriculture approves 
revisions in route descriptions; also addition of Route 42. 

Federal Aid. Telegram from Senator McNary opposing President's 
recommendation for reduction in aid to states. 

Letter from Oregon Coast Highway Association opposing reduc- 
tion in aid to states for highway purposes. 

Paisley, Construction of rock wall at approach to bridge on 
Fremont Highway in town requested by Common Council. Denied. 

Cape Arago Seccndary Highway. L. J. Simpson inquires regard- 
ing plans for improvement in 1938. 

Oregon Coast Highway. First National Bank of Portland inquires 
regarding plans for relocation through Gold Beach. 

Wolf Creek Highway. Lester Sheeley, Vernonia, urges construc- 
tion of section from Banks to connection with Nehalem Second- 
ary Highwey. 

Signs. Adrian Voisin, San Francisco, suggests erection of 
sign bearing pionser design along state highways and offer- 
ing to furnish su¢h design for $250.00. 

Tlluaination of highways. Report on cost to light section of 
East Portland-Oregon City Highway ordered. 

Load Limit. Crater Lake Highway. Resolution reducing load 
between junction with Pacific Highway and juaction with West 
Diamond Lake Secondary Highway. 

Mosier Tunnel. Installation of "stop" and "go" sigr. s to 
be held up pending decision in regard to protection from 
falling rocks. 

Shed construction over highway and railroad. Investigation 
authorised ani cooperation of 0. W. R. & N. Company sought. 
Wilson River Highway. Use of county-owned equipment on W.P.A,. 
project discussed with L. G. Apperson, City Engineer, Port- 

land. Report to be rendered at next meeting. 

Grant County. Acquisition of 200-acre trece in Turtle Cove 
Section of John Day Valley fossil arex. Application to 
Federel Government for purchase under Recreational Act. 

Tillamook County. County Court asks loan of survey notes on 
road into Cape Lookout District. Request granted. 

Political activities. Participation of Highway Department 
employees in election campaigns prohibited. 

Planning Survey. Report on solvency of roads. 

Medford. Traffic signal installation by City. Commission 
withholds approval of signs ordered by City. 

Traffic signals. Installations on highway routes through 
cities and towns subject to approval by Highway Commission. 

Extensions of Time: 

Roy L. Houck, Butteville Road-White School Section; 

Berke Bros., Inc., Storm Creek-Lamb Creek Section; 

Roy L. Houck, Wilson Ranch-Paradise Creek Section, 
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Union County. Weston-Elgin Secondary Highway. E. H. Itschner 
requests permission to withdraw his low bid submitted for 
Forest Boundary-Elgin Section. Request denied. 

Wilson River Highway. State to acquire county- and city-owned 
equisment for exclusive use on W.P.A. project. 

Tillamook County. Transfer of equizment formerly owned by 
Multnomah and Washington Counties to Tillamook County for 
re-transfer to State for use on Wilson River Highway. 

Wilson River Highway. W.P.A. project amounting to $731,482 
authorized- State's share $200,900. 

Travel and Information Department. Appointment of committee, 
as recommended by Advisory Committee, deferred. 

Mosier Tunnel. State Industrial accident Commission suggests 
action to remedy hazardous condition caused by falling rocks. 

Columbia River Highway. Claim of Union Pacific Railroad Com- 
pany for demage allegedly caused by snow deposited on 
tracks through Columbia Gorge by Department forces. 

Purchases authorized, as follows: 

10 electric clocks for radio rooms; 
3 radio receiving sets for maintenance stctions; 
1 paving plant complete; 
2 6-ton paving plant rollers; 
1 graphic planometer 
Geoohysical prospecting equipment; 
Traffic line lacquer - 42,000 gallons; 
Metal signs and reflector buttons. 

Lincoln County. Disposition of old timber bridges construct- 
ed by U. S. Spruce Production Corporation between Newport 
and Otter Rock. Engineer authorized to dispose of timber. 

Maintenance headquarters. Action deferred on buildings fer 
Brothers, Deschutes County, and Okerman Ranch, Harney Co. 

Columbia River Highway. Encroachment of sign maintained by 
i. B. Herron on Sandy Boulevard. Removal of sign authorized. 

Benton County. Oiling of shoulders through Monroe not to be 
included in 1938 Minor Betterment Program. 

Nehalem Secondary Highway. Installation of fog posts in Ver- 
nonia authorized. 

Enegren Ferry. Julius Gunnell requests authority to assign 
ferry contract to Andrew Stembuck. Tentatively approved. 

Load limit. 25% reduction ordered on following sections: 
Willamette Highway, Pacific Highway Junction to Oakridge; 
Siuslaw Highway, Pacific Highway junction to Florence; 
Siletz Secondary Highway, Oregon Coast Highway junction to 
Corvallis-Newport Highway junction, near Toledo. 

50% reduction authorized on above sections, if necessary, 
in the Spring. 

Log hauling. Circular letter to be sent to operators warn- 
ing them of contemplated reductions in weight limits. 

Schoolboy Patrols. {$2,500 expenditure authorized to provide 
signs, badges, and belts for patrol members. Engineer to 
confer with Superintendent of State Police. 
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Columbia River Highway. Acquisition of Elizabeth Griggs prop- 
erty st Corbett, Multnomah County. ¢100 authorized. 

Albany. Negotiations with Southern Pacific Company in con- 
nection with grade seperation project. 

Tillamook County. Weyerhaeuser Timber Company requests chang- 
es in deed to County covering timber strips adjacent to 
Wilson River Highway. 

Form of agreement covering transfer of Weyerhaeuser property 
by County to State approved. 

Marshfield. Sale of buildings on Lots 12 and 13, Bunker Hill 
Addition, approved. walter Jepscn purchaser. Z 

Wayside strips. Reoort cf C. J. Buck, Regional Forester, to 
State Planning Board. Recommendations to be made later. 

Bids, as foliows: 

Gibbs Ranch-baker Section, gravel surfacing; 

North Unit, Missouri Flit Section, gravel surfacing; 

Mt. Hood Rock Production Project; 

Shuttler Flat-Condon Section, crushed rock; 

Ross Station-Aryard Section, concrete pavement; 

Forest Boundary-Elgin Section, grading, surfacing, oiling; 
Butte Creek Section, grading, surfacing, oiling; 

Sale of buildings at West Portland Heights east of Tigard- 
(no bids received). 

Pilot gars. Resoonsibility of Commission for injuries result- 
ing from service rendered during high water. Statement to 
be signed hereafter relieving Commission from responsibility. 

Building sale. Offer of V. Kalafate, Portlend,to purchase 
buildings in West Portland Heights, accepted. 

Underpasses. Commission assumes cost to light all underpass 
structures in State. 

Reedsport. Maintenance of abandoned section of Co.st Highway 
through town requested by Russell Hubbard. Request denied. 

Pacific Highway. Sidewalk construction on Winchester Bridge, 
north of Roseburg, requested by Roseburg Chamber of Commerce. 

Coos County. Coos River Secondary Highway. Construction of 
cattle pass requested by Mrs. Curtis-Piper. Denied. 

Pacific Highway. Sidewalk construction south of Corvallis. 

Log hauling. keport on arrests for overloading. 

Woodburn. Extension of Young Street as connection for Hills- 
boro-Woodburn Secondary Highway with Pacific Highway. 

Portland. Denver Avenue-Union Avenue intersection. Report 
on plans for separation of vehicular traffic. Commission 
adopts cloverleaf arrangement. 

Options authorized for recuired property. 
Peninsula Golf Club. Negotietions authorized for right of 
way required for traffic separation at Denver and Union Ave. 

Oregon Coast Highway. Acquisition of Nina I. Belt property, 
Lincoln County. New appraisals considered. 

The Dalles-California Highway. Delegation protests recon- 

struction south of Madras that would bypass Culver and Met- 

olius. 
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7848 


Clackamas County. Planning Board requests designation, as 
secondary highway, of county road westerly from Boring. 

East Portland-Oregon City Highway. Connection with 82nd 
et Highway, through Gladstone, suggested by Planning 

&FG 

Bids, as follows, opened and read: 
Baker-Durkee Section, crushed rock in stockpiles; 
Mile Bridge Section, grade, surface, oil, and bridge; 
Bear Canyon Section, grading; 
Calapooya River Bridge at Brownsville; 
Dillon-John Day River Section, crushed rock in stockpile; 
Grande Ronde River-Noyes Ranch Section, grading, surfac- 
ing and oiling; 
West Fork, Dairy Cree Section, grading and surfacing and 
composite pile trestle. 

Umatills County. Hermiston-Columbia School Section. Bids 
returned, unopened. Project to be revised and extended. 

Newport. City Council opposes parallel parking on highway 
through town. Attorney to investigate Commission's auth- 
ority. 

Siletz Secondary Highway. Increase in quantity of rock speci- 
fied in surfacing contract authorized. 

Federal Aid. Letter from Secretary of U. S. Department of 
Agriculture requesting that submission of projects be de- 
ferred pending disposition of President's recommendation. 

The Dalles-Culifornia Highway. Reduction in speed limit be- 
tween Klamath Falls and Klamath Falls-Lakeview Highway 
Junction recommended by Coroner's jury. 

Speed limit. Attorney to prepare bill for next Legislature 
clarifying Commission's authority in matter. 

Baker County. Medical Springs Secondary Highway. Acquisi- 
tion of quarry materials from Byron Vandecar for surfacing 
Missouri Flat Section, North Unit. 

Central Oregon Highway. Vale Chamber of Commerce urges com- 
pletion during 1938. 

Fort Harney. Archie McGowan suggests erection of marker 
design:ting site of old fort. Commission approves. 
“Susan's Bridge" suggested as name for concrete bridge four 
miles eest of Burns in honor of pioncer. 

R.Y¥. Neeley expresses appreciation of Highway Department's 
activities. , 

Washington County. J. W. Raynard, Hillsboro, requests oiling 
of Hillsboro-Woodburn Secondary Highway. 

Surveys. Commission confirms Engineer's action ordering 
numerous surveys. List presented. 

Extensions of time: 

McNutt Bros., Wall Creek-Siskiyou Section; 
Warren Northwest, Inc., Gap Ranch-Silver Creek Section; 
Caviics Sen? & Gravel Co., Port Orford-Buchre Creek and 
Cape Sebastian-Whalesheed Creek Sections; 
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Klamath Falls. Southern Pacific undercrossing. State to as- 
sume payment of non-reimbursable engineering expense, if 
possible. Otherwise, City of Klamath Falls to assume. 

Award confirmed of following contract: 

Smith Point-Young's bay Bridge Section, Mountain States Con- 
struction Compeny. 

Award of contracts: 

Gibbs Ranch-Baker Section, gravel surfacing; 

North Unit, Missouri Flat Section, gravel surfacing; 

Mt. Hood Rock Production Project; 

Shuttler Flat-Condon Section, crushed rock in stockpiles; 
Ross Station-Arvard Section, concrete pavement; 

Forest Boundary-Elgin Section, grading, surfacing and oil; 
Butte Creek Section, grading, surfacing 2nd oiling. 

Jackson County. Pacific Highway. County Court requests that 
Green Springs Junction-Siskiyou Section (old route) be des- 
ignated as secondery highway. Commission approves. 
Tiller-Trail Secondary Highway. Resolution abandoning old 
route between Douglas County Line and Trail Creek. 

Federal Aid Secondary Highway System. County Court expresses 
preference for Butte Falls Road improvement. 

Lincoin County. County Court suggests acquisition of 120 acre 
tract north of Nelscott as state park site. 

Clackamas County. Delegation from Sandy and Estacada request 
improvements to Woodburn-iit. Hood Loop Sec: ndary Highway. 
Sandy. Rearrangement of traffic signs requested. 
Woodburn-Mt. Hood Loop Secondary Highway. Improvement of 
drainage facilities at Gogse Creek crossing requested. 

Sandy Boulevard. Parkrose Water District requests curb con- 
struction from 108th Ave. to 122nd Ave. 

District requests permission to connect drainzge pipe with 
State's drain at 106th Avenue. Investigation ordered. 

Multnomeh County. Federal Aid Secondary Highway System. 
County Commissioners submit preferences for program. 
Section Line-Hosner Road and Thompson Road. Estimates of 
cost ordered. 

Unemployed registrations in County between 30,000 and 40,000. 

Harney County. Federal Aid Secondary Highway Progrem. Oil- 
ing of Central Oregon Highway preferred. 

Crane-Buchanan Ranch County Roed improvement desired. 

Santiam Highway. Delegation from Albany and Lebanon urges 
cor.rletion of highway during 1938. 

Linn County. Federal Aid Secondary Highway Program. County 
Court submits preference projects. 

Yamhill County. Federal Aid Secondary Highway Program. Salem- 
Dayton Secondary Highway improvement favored. 

Columbia County. Federal aid Secondary Highway Program. 
County Court's preferences for improvement under new system. 

Clack’~2s County. Federal Aid Secondary Highway Program. 
State to furnish estimate of probable funds for expenditure 
in County. Preferences to be submitted to State later. 
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Awards announced on following: 
Baker-Durkee Section, crushed rock in stockpile; 
Mile Bridge Section, grading, surfacing, oiling and bridge; 
Bearfenyon Section, grading; 
Calapooya Kiver Bridge at Brownsville; 
Dilton-John Day River Section, crushed rock in stockpile; 
Grande Ronde River-Noyes Ranch Section, grading, surfacing, 
and oiling; 
West Fork, Dairy Creek Section, grading, surfacing, and 
trestle. 

Medical Springs Secondary Highway. North Unit, Missouri Flat 
Section. Contract awarded to 0. C. Yocom. 

Wallowa County. Federal said Secondary Highway System. County 
Court submits preferences for improvement under new system. 
Umatilla County. Federal Aid Secondary Highway System. County 

Court prefers improvement of State secondary highways. 

Union County. Federal Aid Secondary Highway System. County 
Court submits preferences for improvement under new system. 

Wasco County. Federal Aid Secondary Highway System. County 
Court submits projects for improvement. 

Crook County. improvement of Warm Springs Secondary Highway 
preferred under Federal Aid Secondary Highway Program. 

Coos County. Federal sid Secondary Highway System. County 
Court presents preference projects. 

Catching Slough Bridge. Construction in Federal Secondary 
Program likely. 

Lane County. Federal Aid Secondary Highway System. County 
Court's preferences for improvement under new program. 
Maintenance material. Commission approves giving County 
rock stored in stock piles near Horton. 

Willamette Highway. Conference with Lane and Klamath County 
representatives regarding closing of highway to travel un- 
til surfacing has been completed. 

Lane County. County Judge expresses desire for early open- 
ing of Viillamette Highwey, regardless of condition. 

Klamath County. County Judge expresses desire of county 
residents for opening of Willamette Highway during 1938. 

Benton County. Federal Aid Secondary Highway System. Coun- 
ties preferences for improvement in new program. 

Corvallis. County Judge asks Commission to maintain bridge 
over Willamette River. 

Marion County. Federal Aid Secondary Highway System. Improve- 
ment of Salem-Silverton Road and Salem-Independence Road 
preferred by County Court. 

Pacific Highway West. Tigard ivlegation confer in regard to 
widening for four lanes of traffic into Tigard. 

Washington County. Federal Aid Secondary Highway System. 
County Court submits projects preferred in new program. 

Associated General Contractors. Engineer authorized to attend 
convention in Seattle on January 28, 1938. 
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Extensions of time, (cunt.) 

J. F. Johnston, Bridges over Jordan Creek on I.0.N. Highway; 
E. F. and Wi. F. Philpott, Short Sand Beach Creek Bridge. 

Jucobsen-Jensen Company. Turkey Hill-Chenoweth Park Contract. 
Reconsideration of extension of time. No penalty imposed 
for 10-day extension. 3 

Contracts completed and accepted: 

Unit No. 3, McCallister Section, McNutt Bros.; 

Wall Creek-Siskiyou Section, McNutt Bros.; 

Gap Ranch-Silver Creek Section, Warren Northwest, Inc.; 

Port Orford-Euchre Creek and Cape Sebastian-jihaleshead Creek 
Sections, Corvallis Send & Gravel Co.; 

East Unit, Jordan Creek Section, J. F. Johnston; 

Short Sand Beach Creek Bridges, E. F. & W. F. Philpott; 

S. P. Undercrossing at Whiteson, Minneapolis Moline Power 
Company. 

Agreements, et cetera, as follows: 

W. G. Browm, snow removal on Klamath Lake Secondary Highway; 
Application to Department of the Interior for additional 
right of way for Columbia River Highway, Hood River County. 

Curry County.. Line change through Brookings. 

East Portland-Oregon City Highway. Report on cost to illumi- 
nate between Portland and Milwaukie. 

Highway illumination. Lighting of 82nd Avenue suggested by 
Portland Traffic Engineer. 

Tualatin Valley Highway. City of Beaverton suggests installa- 
tion of sodium lights between Portland and Beaverton. In- 
vestigation ordered. 

Portland. Traffic light installation authorized at Barbur 
Boulevard-Sheridan Street intersection. 

Bids. List of projects selected for advertising next meeting. 

Wolf Creek Highway. Quartz Creek Bridge. Payment euthorized 
to L. H. Hoffman for structural steel held in storage. 

Albany. Payment for right of way required for grade separa- 
tion structure to be withheld pending P.U.C. hearing. 

Medford. Traffic light installations on highway route through 
town. Referred to Traffic Engineer and Division Engineer. 

Travel and Information Dept. Suggestion of Portland City Com 
missioner K. E. Riley regarding distribution of advertising 
material by warvin K. Hedge, World's Champion Flycaster. 

Wolf Creek Highway. Vernonia Chamber of Commerce urge con- 
struction of Banks-Buxton Section. 

Baker County. Sumpter Valley Railroad Company's suit against 
County. Attorney authorized to assist County. 

Secondary Highways. Thorough investigation to determine ob- 
ligations hereafter before designating any county roads 
as secondary highways. 

Klamath County. Federal Aid Secondary Highway System. Court 
submits preferences for new system. 

Douglas County. Federal Aid Secondary Highway System. In- 
provement of North Umpqua Highwey preferred in new program. 
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7871 Feb. 16 Freezing unit. Purchase authorized in connection with 
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concrete investigations. 

Equipment. Purchase of following authorized: 

6 truck scales, 

20 light-weight trucks, 
12 asphalt hesters, 

15 mowing machines. 

Maryhill Ferry. Extension of Sherman Highway from Col- 
umbia River dighway to ferry landing. Investigation 
and inspection of road ordered. 

Laura Hotchkiss. Payment of half of cost incident to 
appeal of case of Bank of Californie versus Scott ap- 
proved. 

Assignment of funds. Attorney authorized to attend trial 
involving State's authority to condition assignment of 
funds due e contractor. 

Load limit. Following sections to be posted for reduced 
loads: 

Sherman Highway from Columbia River Highway junction 

to The Dalles-California Highway; 

Mt. Hood Highway from Cooper's Spur to Columbia River 
Highway; 

Hood River Secondary Highway from junction with Mt. Hood 
Highway to Tucker's Bridge; 

McKenzie Highway from Sisters to Redmond; 

McKenzie-Bend Highway from Sisters to The Dalles-Calif- 
ornia Highway; 

Ochoco Highway from Redmond tc east of Prineville; 
Fremont Highway from Silver Lake to Lakeview; 

Central Oregon Highway from Bend to Burns. 

The Dalles—California Highway from Maupin to Terrebonne, 
and from Bend to Klamath Fells; 

Klamath Falls-Lakeview Highway throughout; 
Pendleton-John Day Highway between Nye and Ukiah; 

John Day Highway between Prairie City and Unity; 

Oregon Coast Highway from Marshfield to Port Orford. 

Log hauling. Report on arrests for overloading in Coos 
County. Justice of Peace not cooperating. 

Pacific Highwey. Resolution adopting permanent route 
between Ashland and California State Line 

Jackson County. Pacific Highway. County Court requests 
designation of old route as secondary highway between 
Green Springs Highway junction and Siskiyou Station. 
Resolution designating Siskiyou Secondary Highway. 

Pacific Highwey. Resolution abandoning portion of 
Pringle Creek-Illahe School Section in Marion County. 

Dayton. City Council's mileage signs at each end of 
Amity-Dayton Secondary State Highway. Removal crdered. 

Newport. Painting of stripes authorized to designate 
parking strips on route of highway through town. 
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C. B. McCullough authorized to inspect concrete pavements in 
State of Washington. 

H. G. Smith authorized to inspect Washington State pavement, 

Next meeting scheduled for February 17 and 18. 

Federal Aid Secondary Highway System. County Courts to sub-~ 
mit preferred preiects for new program at next meeting. 

Medras. Hearing in regard toe proposed rerouting of The Dalles- 
California Highway between Madras and Crooked River Bridge. 

Minutes approved for meetings held on August 26, Aug. 31, 
Sept. 1, Oct. 21 and 22, and Nov. 17, 1937. 

Madras. Engineer's report on hearing conducted Feb. 15. 

The Dalles—California Highway. Survey authorized for rerout- 
ing between Madras end Crooked River Bridge. 

Chas. K. Spaulding. Resolution adopted as expression of sym- 
pathy for bereaved family. 

W. B. Barratt. Resolution adopted for transmittal to family 
extending sympathy in loss of husband and father. 

Battleship Oregon Fund. Chairman of committee in charge of 
State Unemployment Relief Fund suggests transfer of money 
to Battleship Oregon Fund. Commission disapproves. 
Contributions of employees. Circular letter authorized. 

Morrow Courity. Lexington-Send Hollow Section of Lexington- 
Echo Secondary Highway. Report on cost of resurfacing and 
oiling by state forces as compared with contract cost. 

Clackamas County. Planning Board recommends LR-2 route for 
revision of 82nd Street Highway, (Cascade Highway). 

Pacific Highway. Route for permanent location at Oregon- 
California State Line recommended and approved by Commission. 
Agreement to be made with Californie officials guaranteeing 
construction of California portion on such «lignment. 

Willamette Highway. Report on cost to widen and improve 16- 
mile detour. Advantages would not justify expenditure. 
Additional maintenance work authorized. 

North Bend. Estimate of cost to construct nonskid surface on 
Sherman Avenue. 

Enegren Ferry. Assignment of Julius Gunnell's contract for 
furnishing ferry service approved. 

Lincoln County. Removal of rocks and boulders from Roads End ‘ 
protested by Carle Abrams of Salem. 

Erection of signs ordered prohibiting removal of rock, etc. 
Portland. Engineer's report on illumination of state highways. 
Lighting of bridges and overpasses. Report on cost. Program 

to be limited to illumination of underpasses only. 

Claim. Frank Triska requests payment for horse fatally in- 
jured in crossing cattle guard. Payment approved. 

Award of following contracts approved: 

Mt. Hood Rock Production Project, Saxton, Looney & Risley; 

Dil!on—John Day River Section, furnishing crushed rock, 

H. L. Rice. 

Concrete investigations. Additional $5,000 authorized. 
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Date 
1938 


Feb. 16 


Feb. 17 


Subject 


Condemnation (cont.} 

Viento-Memaloose Park Section, J. M. Culbertson; 
Drews Valley Section, Emil Enquist. 

Pacific Highway. Hill Creek Bridge Section. Acquisition of 
G. E. Everson property. Payment of £100 approved. 

Bids, as follows: 

Mystic Creek-Brockway Section, crushed gravel in stock pile; 
Service Creek-Branson Creek Section, light oil treatment; 
Lake County Line-Gap Ranch Section, oil met treatment; 

Hood River Rock Production Project; 

Eagle Point-Baker Gulch Section, oil mat surface treatment: 
Gold Hill Rock Production Project; 

Hill Creek Bridge Section, grading, paving, frame trestle; 
Mohler-Kilchis River Section, crushed rock in stock piles; 
Lake Lytle Outlet Bridge Section, pile trestle. 

Sherman County. Federal Aid Secondary Highway Program. 
County Court submits oreferences fer improvement. 

Maryhill Ferry. Extension of Sherman Highway to ferry land- 
ing. Inspection of road promised. 

Jefferson County. Federal sid Secondary Highway Program. 
County Court submits choice of projects. 

Deschutes County. Federal Aid Secondary Highway Program. 
County Court states preferences for improvement in new 
progran. 

Powell Butte Secondary Highway. County Judge suggests re~- 
vision south of junction with Butler Road. : 

South Santiam Highway. Early completion urged by Deschutes 
County Court. 

Deschutes County. Cooperation of County in cost of comple- 
tion of Santiam Highway suggested. Report ordered. 

Polk County. Federal Aid Secondary Highway Program. Proj- 
ects suggested for improvement by County Court. 

County's indebtedness to State. Settlement discussed. 

Baker County. Federal Aid Secondary Highway Program. Pre- 
ferred orojects to be undertaken in new program submitted. 

Curry County. Federal Aid Secondary Highway System. County 
Judge submits choice of projects to be undertaken. 

Gold Beach. Residents to be ssked to furnish right of way 
required for revision of Oregon Coast Highway. State to 
assume cost of removal of buildings therefrom. 

Morrow County. Federal sid Secondary Highway Program. Pre- 
ferred projects submitted by County Court. 

Lexington-Echo Secondary State Highray. Oiling to be done 
this year, if possible. 

Eugene. Cooperation of Stete in cost of installation of sig- 
nels requested by City. Decision deferred. 

Treffic signals. Survey suthorized to ascertain cost to co- 
operate in installations in cities and toms throughout 
State. 

Lake County. Federal Aid Secondary System. Court's choices. 


1938 


Page Date Subject 


7884 Feb. 16 Log hauling. Salmon River Highway. Operators requested to 


7885 
7886 


7888 


7893 


7894, 


7895 


7896 
7897 


7898 


remove aud from equipment. Circular letter. 

Forest Highway Furmis. Progrem for construction for fiscal 
year 1939. 

Joint letter with Bureau of Public Roads to Chief, Forest 
Service, recommending additional allocation for maintenance. 

Portisnd. Disposal of structural steel salvaged from Sulli- 
van's Gulch overcressing project. Sale to be advertised. 

World's Fair Commission. Conference regarding allocation of 
funds for 1939 fairs in San Francisco and New York. 

Capitol Reconstruction Coumission. Conference regarding land- 
scaping of capitol grounds and improvement of street leading 
to Capitol. 

Acquisition of real property. Resolution. 

Portland. Interstate Avenue. Proposed project deferred pend- 
ing adoption of ordinance, by City, providing for center 
parking strip. 

Albany. Attorney authorized to close right of way transactions 
in connection with overcrossing project. 

Lane County. Settlement approved with George Stonefield for 
tract adjacent to Oregon Coast Highway. 

Clatsop County. Acquisition of maintenance headquarters site. 
Attorney authorized to bid as high as $1,200 et sale. 

Lincoln County. Addition to Depoe Bay State Park. Offer of 
Mr. Christenson rejected. 

Hood River County. Acquisition of maintenance headquarters 
site. 

Florence. Offer of Lee Ragan to purchase tract at end of new 
Siuslaw River Bridge rejected. 

Northeast Portland Secondary Highway. County to defer acqui- 
sition of right of way until Stete has completed acquisition 
of State's portion. 

Klamath Falls-Lakeview Highway. Acquisition of quarry site 
from Emil Enquist authorized. 

Condemnation. Proceedings authorized to acyuire following 
properties, if necessary: 

Hermiston-—Columbia School Section, 
Roy C. Rogers - Mrs. Mary Woodworth; 
Warren Creek Section of Columbia River Highway, 
Chris Dethnan Estcte; 
Lombard Street-Killingsworth Street Section, 
Joseph Teresi; 
Troutdale-Multnomah Falls Section, 
J. H. Gilbaugh; 
Marshfield-Bay Park Section, H. #. Osborne; 
Albany Overcrossing Section, 
Gladys V. Holloway, 
Charles Childs ani William Eagles, 
Aroline 0. Rankin. 
Perham Creek Section, W. D. Tenney; 


Pegs, Date 
1938 
7912 Feb. 17 


7913 Feb. 18 


TL 


7917 


7918 


719 
7920 


7921 


7922 
7323 


Subject 


Hood River County, Federal Aid Secondary Highway Program. 
County Court submits suggestions for road improvements 
under new program. 

Designation, as secondary highway, requested for county 
road extending from Mt. Hood Highway to Hood River Sec- 
ondary Highway. 

Oregon State Grange. Ray Gill, waster, requests allocation 
of Federal Aid Secondary Highway Funds for betterment of 
school bus and post roads. Chairman to address Grenge. 

Bids, as follows: 

Baker-Durkee Section, crushed rock in stock piles; 
Bandon-Port Orford Section, crushed rock in stock piies; 
Drain Rock Production Project; 

Wilson Ranch-Scottsburg Section, light oil treatment; 
West Forest Boundery-Horse Ranch Section, light 9il; 
Juntura-Harper Section, light oil treatment; 
Hermiston-Cold Springs Section, oiling, surfacing, etc.; 
Sale of buildings at Marshfield. 

Umatilla County. Federal, Aid Secondary Highway Program. In- 
provement of Sunnyside-Umapine Secondary Highway preferred. 

Harney County. County Judge and delegation request better 
maintenance of secondary highways in Harney County. 

Oregon City. C. Ts Gates protests Commission's plan to pro- 
hibit parking of cars on Fifth Street. 

Portland. N. E. Schooling requests permit to move building 
across 82nd Street (Cascade Secondary Highway). Granted. 
Lower Columbia River Highway. Various improvements requested 

by Lower Columbia Highway Association. 

Wasco County. Delegation requests extension of Sherars Bridge 
Secondary Highway through Wamic to Wapinitia Highway. 

Log hauling. C. W. White, Grand Ronde, asks reinstatement 
of permit revoked for overloading. Request granted. 

Pacific Highway West. Mrs. Ploeger inquires regarding reloca- 
tion at Tigard. 

Nehelem Highway. Delegation requests oiling between Mist and 
Jewell rather than improvement of Mist-Clatskanie Second- 
ary Highway. 

Little Nestucca Highway. Charles Castner, Portland, urges 
improvement of 1 e section west of Dolph. 

Salem-Dayton Secondary Highway. Dayton delegation inquires 
regarding plans for improvement. 

McKenzie Highway. Logging operations of Fred Lengacher en- 
croach upon right of way. 

Exchange of timber strip for logging privileges considered. 

Roadside timber preservation. Conference with representa- 
tives of State Planning Board and Regional Forester. 

Port Orford. Chamber of Commerce requests permission to re- 
inter remains of Chief Tag-On-Ecia in Battle Rock Park. 

Columbia River Highway. Acquisition of C. Dethman property 
not considered advisable. Offer rejected. 


Page Date Subject 
1938 

7906 Feb. 17 Malheur County. Federal Aid Secondary Highway Program. Proj- 
ects for inclusion in new program presented by County Jurge. 
Secondary highway designations requested by County Jud, 

7907 Grant County. Federal Aid Secondary Highway Program. County 
Court submits list of projects for improvement 
Secondary highway designation requested for ifonument-—Long 
Creek County Koad. Investigation and report ordered. 
Kimberly-Monument Secondary State Highway. County Court 
and delegation request reconstruction to modern standards. 
Contribution of $1,000 from County accepted on project. 

7908 Wheeler County. Federal Aid Secondary Highway Program. Im- 
provement of Kingua Road desired in new program. 

Gilliam County. Federal Aid Secondary Highway Program. Con- 
struction of Rock Creek-Morrow County Line Se::tion of Wasco- 
Heppner Secondary Highway preferred in new program. 

Josephine County. Federal Aid Secondary Highway Program. 
County Court submits preferences for new. program. 

Pacific Highway. Location survey authorized south of Grants 
Pass. 

Clatsop County, Federal sid Secondary Highway Program. Proj- 
ects preferred on new program submitted by County Court and 
delegation. 

7909 Nehalem Secondary Highway. Use of county's quarry offered 
State in connection with Jewell-Mist project. 

Wolf Creek Highway. Oiling of west end this year. 

astoria. Traffic Engineer authorized to ussist city in formu- 
lation of traffic control regulations. 

Awards announced, on following: 

Mystic Creek-Brockway Section, crushed gravel in stock pile; 
Service Greek-Branson Creek Section, light oil treatment; 
Lake County Line-Gap Ranch Section, oii mat surface treat- 
ment; 
7910 Hood River Rock Production Project; 
Eagle Point-Baker-Gulch Section, oil mat treatment; 
Gold Hill Rock Production Project; 
Hill Creek Bridge Section, grading, paving and bridge; 
Hohler-Kilchis River Section, crushed rock in stock piles; 
7911 Lake Lytle Outlet Bridge Section, pile trestle. 

Tillamook Drainage District. Reconstruction of Oregon Coast 
Highway on permanent alignment urged. 

Damage to District's drainage ditch due to rocks falling 
from highway to be investigated. 

Oregon Coast Highway. Survey authorized for permanent loca~ 
tion south of Tillamook. 

Tillamook County. Federal Aid Secondary Highway Program. 
County Court submits covuty road projects to be undertaken. 
Secondary Highway designaticns requested for county roads, 
Weyerhaeuser Timber Company deed conveying timber strips 

adjacent to Wilson River Highway. Modifications in deed. 
7912 Line change requested in road from Nehalem to Oregon Coast 
Highway . Investigetion ordered. 


Page Date 
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7942 Feb. 19 


7943 


T9bL, 


7945 


7946 


Subject 


Federal Aid Funds. Engineer euthorized to subrit programs 
to Bureau of Public Roads for approval. : 

Surveys. Engineer authorized to make surveys for all proj- 
ects included in programs. 

Loan. Six-month loan of $750,900 authorized beginning abcat 
July 1, 1938. 

Oregon City. Acquisition of Security Investment Company 
property needed for East Portland-Oregon City Highway. 
Attorney cuthorized to secure declaratory judgment with 
respect to ownership of street ends. 

Advertising of project deferred pending settlement of right 
of way matters. 

Talbot State Park. Erection of monument honoring donors of 
park proposed by Portland businessmen. 

Clackamas County. Woodburn-Mt. Hood Loop Secondery Highway. 
Erection of marker denoting Currin-Wade donation land 
claims approved. 

East Portland-Oregon City Highway. Letter from Wm. A. Car- 
ter regarding claim of Joseph Terresi for damages result- 
ing from construction of Union Avenue viaduct. 

Pacific Highway West. C. G. Gustafson, McMinnville, objects 
to proposed relocation north of McMinnville. 

Portland. Northeast Portland Secondary Highway. Acauisi- 
‘tion of property from City for Lombard-Killingsworth Sec- 
tion. Payment of 5¢ per sq. ft. authorized. 

Lake County. Offer of William Manley Currier to sell prop- 
erty needed for Fremont Highway revision accepted. 

Use of old road granted Mr. Currier in exchange for site 
for storage of maintenance materials. 

Columbia River Highway. Acquisition of Elizabeth W. Griggs 
property. Settlement approved. 

Jackson County. Pacific Highway (new route). Settlement 
for Robertson property in Siskiyou Mountains. 

Eugene. Report on advisability of installing traffic signels. 
Cooperation of State in cost of installations. Decision 
deferred pending survey of all cities end towns. 

Traffic signals. Survey on cost of installetions in ali 
cities and towns ordered. 

The Dalles. Installation of flashing signals. Survey indi- 
cates traffic not sufficient to justify signals. 

Medford. Traffic signals installed by City not acceptable 
to Commission. Removal requested.- 

Cooperation in cost of standard signals requested. Action 
deferred pending report to cooperate in other cities. 

Snow removal. North Santiam Highway. Advisability of con- 
tinuing snow removal operations. Inspection to be made. 

Columbia River Highway. Combing of ledges above highway to 
dislodge loose rocks authorized. 

Mosier Tunnel. Removal of loose rocks above highway at 
portal authorized. 


Baca Pate = Sublect 


1924 


7925 


7926 


7929 


7930 


Feb. 18 


Feb. 19 


Bradley Park. Request of Mr. Lindeman to operate concession 
in park denied. 

Oregon Coast Highway. Renewal of option from Messrs. Pratt 
and Williams for proposed park south of Cape Perpetua. 

Tillamook County. Nehalem Bay Sand Spit. Acquisition as 
park site considered. 

Marion County. Silver Creek Falls. Offer of Fred Volz to 
sell property adjacent to park area rejected. 

Neskowin. Offer of William S. Walton for right of way needed 
for proposed revision of Oregon Coast Highway rejected. 

Multnomah County. County requested to deed properties along 
Barbur Boulevard to State, without cost. 

Award of contracts, as follows: 

Baker~Durkee Section, crushed rock in stock piles; 
Bandon-Port Orford Section, crushed rock in stock piles; 
Drain Rock Production Project; 

Wilson Ranch-Scottsburg Section, light oil treatment; 
West Forest Boundary-Horse Ranch Section, light oil; 
Juntura-Harper Section, light oil; 

HermistonsCold Springs Section, surfacing and oiling and 
furnishing crushed rock in stock piles; 

Sale of buildings in Marshfield; 

Cottage Grove. Acquisition of right of way for proposed re- 
vision of Pacific Highway deferred. 

Hood River County. Purchase of maintenance storage site auth- 
orized in Sec. 18, T. 1 N. 

Wolf Creek Highway. Sunset Tunnel-Buxton Section. Offer of 
Williem H. Galvani for right of wey required. Condemnation 
authorized, if necessary. 

Harney County. Claim of Ralph Chambers for damage to crop ad- 
jecent to Central Oregon Highway. Reimbursement authorized. 

Portland. Acquisition of right of way from City for new Col- 
umbia River Highway at Multnomah Falls. 

City offers State all of holdings at Crown Point and Latour- 
ell Falls. 

Yamhill County. Pacific Highway West. Settlement with Emma 
Kramien for right of way required. 

Forgery bond. Increase in coverage epproved. Report ordered. 
$100,000 bond ordered pending decision on permanent bond. 

Audit. Engineer authorized to employ auditor to examine De- 
partment's system of accounting. 

Federal Aid. Various amounts available for 1938-1939 program. 

Program. List of projects for construction in. 196 &1939 pro- 
grams under following classifications: 

Regular Federal Aid 

Federal Secondary Projects on state highways 
Federal Secondary Projects on County Roads 
Grade Separation Program 

Federal Landis Highways 

State Projects on Primary Highways 

State Projects on Secondary Highways 
Allocation of Accumulated Balances 
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7951 
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Lane County. Junction City-Eugene Secondary Highway. Side- 
walk construction north and south of Santa Clara. State 
requested to assume maintenance. Request denied. 

Clatsop County. County Agent asks permission to maintain 
signs ut County line. Request denied. 

Klamath Falls. City Council opposes reduction by Congress 
in 1939 Federezl aid Funds. 

Bend. Robert W. Sawyer inquires regarding Third Avenue rail- 
road gradé separation project. 

Wolf Creek Highway. Senator Franciscovich inquires in regard 
to oiling between Elsie and Necanicum. 

Pacific Highway West. Maintenance of sigr north of Corvallis 
directing traffic to State Game Farm denied. 

Mail route. Commission's aid sought for continuation of 
Burns-Valley Falls mail route. 

Shelter Shed. Portland realtors request Commission to con- 
struct shed on Canyon Road Section of Tualatin Valley High- 
way. Request denied. 

Marshfield. Adoption of route of Oregon Coast Highway through 
town requested by Mayor. Selection of route deferred pend- 
ing completion of Bunker Hill Section and Sherman Ave. proj-. 
ect. 

Eddyville-Blodgett Secondary Highway. Improvement requested 
by Corvallis Chamber of Commerce. 

Hillsboro-Woodburn Secondary Highway. Oiling of Hillsboro- 
Newberg Section requested by J. W. Raynard. 

Nehalem Secondary Highway. Improvement between Mist and 
Coast Highway Junction requested by Granges. 

Crater Lake Highway. Erection of monument marking site of 
old Fort Klamath requested by D.&.R. Referred to Engineer. 

Oregon Coast Highway. Permit to transport donkey-engine 
sled, 78 feet overall length, denied A. C. Anderson, Salem. 

Surveys. List ordered since last meeting confirmed. 

Extension of time. Consolidated Highway Company granted ex- 
tension on Pendleton-Mytinger Section. 

Contrects completed and accepted: 

Milwaukie Avenue Undercrossing, Hoffman Construction Co.; 
Pendleton-iflytinger Section, Consolidated Highway Co.; 
Bend-Crescent Section, E. C. Hall; 

Lake County Line-Gap Ranch Section, Babler Eros.; 

Timber bulkhead in Gresham, Frank Watt Construction Co.. 

Agreements, et cetera, as follows: 

Tillamook County, purchase of county-owned equipment for 
use on Wilson River Highway; 

Erickson & Schmidt Logging Co., transportation of logs in 
Tillamook County across state property; 

L. H. Hoffman, payment for steel for use in construction 

of Quartz Creek Bridge; 

Department of Agriculture, vacation of rooms in agricultural 
Building, Salem; 


Date 
1938 
7946 F eb, 19 


T94T 
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Rocks. Liability of Commission for accidents resulting from 
falling rocks from slopes above highways. 

Next meeting scheduled for March 24, 19358. 

Baker County. Baker-Homestead Highway. Rerouting suggested 
by residents of Lower Powder Section. 

Coos River Secondary Highway. Coos Kiver Grange requests oil- 
ing of Eastside-Allegany Ferry Section. 

Lane County. County Court inquires as to plans for construc- 
tion of Christner Gap-Veneta Section of Rcute "F". 

Federal Aid Secondary Highway Program. Construction of por- 
tion of Oak Hill-Veneta Section of Route "F" contemplated. 
Klameth Falls-Lakeview Highway. City Council of Lakeview re- 

quests traffic lights at railroad crossing at west city limits. 

Sherman County. Grange requests secondary highway designation 
of county road between More and Wasco-Heppner Highway. 
Construction of highway from Heppner, through Wamic, to con- 
nection with Mt. Hood Highway requested by Pomona Grange. 

Coos County. Powers Secondary Highway. Residents of Broad- 
bend-Powers districts request improvement. 

North Bend. Nonskid wearing surface on Sherman Avenue request- 
ed by Coos Bay Aerie No. 538, F.0.E. Request granted. 

Nehalem Secondary Highway. Oiling between Mist and Oregon 
Coast Highway junction requestei by granges. 

Columbia Gorge. Mid-Columbia Chamber of Commerce urges con- 
struction of water-grade highway through gorge. 

Malheur County. Designation, as secondary highway, of Home- 
dele Junction-Malloy Ranch Section of Nyssa-Jordan Valley 
Road requested by Pomona Grange No. 33, Ontario. 

Columbia River Highway. Mrs. D. L. Stevens writes regarding 
reconstruction of highway between Goble and Rainier. 

Portland. Elimination of traffic hazard at junction of Col- 
umbie Boulevard with Sandy Boulevard requested by Mr. James 
Schivary, Portland. 

Linn County. Santiam Highway. Carl G. Washburne letter in 
regard to County's indebtedness for construction of highway. 

Pacific Highway. Grants Pass Chamber of Commerce urges spec- 
ial allocation from Congress to finance reconstruction. 

Columbia River Highway. 0. Henry Oleen, State Representative, 
urges continuation of straightening and widening. 

Grant County. Reconstruction of Kimberly-Monument Highway 
urged by residents. County to cooperate in project. 

Jackson County. County Judge inquires regarding construction 
of cattle guard across Crater Lake Highway. 

Riverbanks Market Road. Edgar A. Ricker, Grants Pass, urges 
improvement west from Applegate Bridgs. 

Signs. Women's Christian Temperance Union request permission 
to erect signs in regard to use of alcoholic beverages. 

Oregon Coast Highway. Coos County Planning Board urges re- 
construction of Marshfield-Goquille Section. 

Curry County. County Court unable to furnish right of way 
for Squaw Creek Road improvement. Project abandoned. 


Subject 


Neskowin. Acquisition of William S. Walton property de- 
ferred. 

Portland. Acquisition of Multnomah Falls and Wahkeena Falls 
properties from City considered. 

Oregon Coast Highway. Purchase of Viola Lee Pratt property 
and Adelaide Williams property. Option authorized. 

Gearhart. Offer of James L. Conley, Portland, representing 
Gearhart Park Company, to sell beach frontage, rejected. 

David Douglas. Naming of state park suggested by Robert W. 
Sawyer. 
Clatsop County Court to erect monument in David Dour‘as 
Park adjacent to Wolf Creek Highway. 

Port Orford Chamber of Commerce. Re-interment of remains of 
Chief Tag-On-Ecia requested by Chamber. Request denied. 

State parks. Erection of crosses and benches requested by 
Reverend Vim. Wallace Youngson of Tillamook. Denied. 

Otter Crest. Construction of memorial building requested by 
irs. Helen M.-Warren, through Governor Martin. Denied. 

Lane County. Offer of S. C. Armitage to donate park site 
adjacent to Coburg County Road. No action 

Lincoln County. Acquisition of 120 acres between Oregon Coast 
Highway and Pacific Ocean. Nelscott Land Cumpany and E.W. 
Chandler, owners, ask $21,000 for property. 

Flowage easements. U. S. Army Engineers request easements 
on four state parks and two units east of Bonneville Dam. 

Agreements, et cetera, signed: 
\ 2ed conveying land in Douglas County to Sarah E. Mulkey ; 
Deed conveying land in Lane County to Fred H. and Mary Brown; 
Deed conveying property in Lane County to George Stonefield; 
Deed conveying land in Jackson County to Walter A. Sumner; 
Agreement with Albany Seed Company covering settlement for 
right of way for Albany Overcrossing Project. 

7973 Mar. 24 Bids, as follows: 

Middle Bridge-Black Bridge Section, oil mat surface; 
Bendon-Port Urford Section, crushed rock in stock piles; 
Little Nestucca River Bridge Section, pile trestle and 
steel I beam bridge; 
Albany buildings; 
Marshfield buildings; 
Orient buildings 
West Portland buildings; 
Scrap bridge steel from Sullivan Gulch Overcrossing. 

Permit. Pratt Truck Service, Portland, request overheight 
permit from Portland to Wilsonville. Request granted. 

Overheight permits. Policy adopted with respect to future 
permits for transportation of overheight loads. 

Tigard. C. I. Scoffin inquired «s to clans for revision of 
Pacific Highway West through town. 

Pendleton. Mayor and delegation request reopening of East 
Court Street. Commission approves statement, in writing, 
specifying neutral stand in matter. 
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Subject 


Agreements, (contimued): 
Tillamook County Court, acyuisition of timber strip from 
Weyerhaeuser Timber Compan; 
Shirley Kingsbury, payment in lieu of reconstruction of 
pipe line on Medical Springs Secondary Highway; 
Gity of Hood River, lighting Hood River Bridge; 
Schmeer, Williams & Gentemann, furnishing rock for Shuttler 
Flat-Condon Section of John Day Highway; 
Columbia River Packers! Association, purchase of Rooster 
Rock, in Multnomah County; 
Oregon American Lumber Corporation, State to retcin title 
to steel girders used in railroad over Wolf Creek Highway; 
E, W. Willismson, et al, payment for damage in connection 
with Ontario Grade Separation Project; 
City of Klamath Falls, reconstruction of Main Street; 
Oregon-Washington Railway and Navigation Co., Union Pacific 
Company, Multnomah end Hood River Counties, reconstruction 
of Columbia River Highway between Eagle Creek and Cascade 
Locks; 
Dargain and Sale Deed conveying to Julia and Bert O'Brien 
oroperty in Lincoln County; 
Bergain Sale Deed conveying to George «nd Dorothy Camp- 
bell, property in Lincoln County; . 
Bargain and Sale Deed conveying to R. B. Johnson property 
ia John Day; 
Quitclain deed conveying to Southern Pacific Company prop- 
erty on &. E. 13th Avenue, Portland; 
QuitcLlaim deed conveying to Ernest Koble property in Jack- 
son County, south of Ashland; 
Quitclaim deed conveying to Southern Pacific Company prop- 
erty north of Coos Bay. 


7957 March 23 Minutes. Commission approves meetings held on Nov. 29, 30, & 


798 
7963 


796d, 
7965 
7968 
7969 


Dec. 1 and December 21, 1937. 

Linn County. County's indebtedness for construction of South 
Santiam Highway. No action. 

Forgery bond. Commission approves purchase of £100,000 bond. 

Fidelity bond. Bids to be taken at next meeting for blanket 
bond covering Highway Department employees. 

Acquisition of real property. Kesolution adopted. 

Right of way. Adoption of policy in regard to acquiring prop- 
erty in advance of contracting deferred. 

Condemnation. List of properties required. 
Resolution authorizing condemnation, if necessary. 
Albany. Resolution authorizing condemnation of properties 
required in connection with overcrossing project. 

Maintenance headquarters. Construction of buildings at Forest 
Grove, Suntex, Brothers and Medford approved. 

albany. Damage to properties due to grade changes necessi- 
tated by overcrossing project. Attorney to contact owners. 

Multnomah County. Upper Columbia River Higaway. Acquisition 
of Minnie T. Reed property. $12,000 authorized. 


William Henley. Resolution adopted expressing sympathy to 
bereaved family. 

Florence. Sale of property in Millers Addition, to Orville 

C1x, approved. 

Jackson County. Installation of traffic scale on Welch prop- 
erty, adjacent to Crater Lake Highway. 

Leased property. Policy adopted in connection with improve- 
ments to property under lease. 

Medford. Rental of S. H. Shaw property in Berryvale Addi- 
tion. Lease agreement rejected. 

Harrisburg. Maintenance of trestle approach to Pacific High- 
way. Agreement with Morris Estate authorized. 

Silver Creek Falls. Condemnation of Volz property authorized 
for addition to State Park. 

Warm Springs Highway. Request of V. S. Howard for cattle pass 
denied. 

Tillamook County. Form of deed approved covering transfer of 
Weyerhaeuser Timber Company property to County. 

Lower Columbia River Highway. Improvement at J ohnson's Land- 
ing authorized to remedy dangerous curves, 

Oregon-Washington Highway. Rerouting in Umatilla County. 
Washington Highway Director reports survey of Washington's 
section. Construction of Oregon section deferred. 

Upper Columbia River Highway. Reconstruction at Perham Creek 
and Warren Creek. Conference with Major McKennett repre- 
senting War Department. 

Encroachment on 0. W. R. & N. Company's property at Warren 
Creek. Referred to Chairman. 

The Dalles. Construction of fill with tide gates across Mill 
Creek as substitute for timber bridge. Commission opposed 
to participation in cost of construction. 

Oregon-Washington Highway. Report on reconnaissance survey 
between Pendleton and Washington State Line. Decision de- 
ferred pending conference with Public Utilities Commissioner. 

Tigard. Estimate of cost to construct revision of Pacific 
Highway West through town. 

ons for right of way on alternate routes authorized. 

Oregon Coast Highway. Report on reconnaissance survey for 
revision bypassing Coquille. 

Dike section. Estimate of cost to improve flood condition 
ordered including location survey. — 

Wasco County. Construction of connecting road between The 
Dallee-California Highway and Wapinitia Highway, through 
Wamic, urged by L. M. Lepper, Portland, and others. 

Hood River County. Designation ss secondary highway of road 
from the Mt. Hood Highway to connection with Hood River 
Secondary Highway. No action. 

Tillamook County. Nehalem-Manzanita County Road. County 
offers cooperation in rebuilding two bridges. State to 
furnish trucks from Wilson River job. 


7977 Mer. 24 


Subject 


Mt. Hood Highway. Delegation from Hood River requests early 
removal of snow. Snow removal operations suthorized May 1. 

Douglas Counsy. North Umpqua Highway. Delegation from Rose- 
burg request construction this year. 

Pacific High.ey. Eiimination of rxilroad grade crossing south 
of Wilbur requested by Roseburg delegation. 

Rice Hili-Turkey Hill Section. Reconstruction urged. 

Deschutes County. Claim of North Canal Company for right of 
way acquired for revision of The Dalles-Californie Highway. 

Awards announced on following: 

Middle Bridge-Black Bridge Section, oil mat treatment; 
Bendon-Port Orford Section, furnishing crushed rock; 
Little Nestucca River Bridge Section, bridge construction; 
Buildings in Albany; 

Buildings in Marshfield; 

Building in Orient; 

Buildings in West Portland; 

Scrap bridge stevl. 

Oregon Coast Highway. North Bend-Marshfield Section. Delega- 
tion requests designation of route. 

- Estimates and right of way costs to be prepared. 
Bunker Hill revision favored for first consideration. 

Polk and Benton Younties. Kings Valley Secondary State High- 
way. Delegation urges reconstruction. 

Albany. City requests purchase of state-owned property for 
swimming pool site. Commission approves sale. 

Clackamas County. Adoption of Arlington Street, Gladstone, 
as connecting link between East Portland-Oregon City High- 
way and 62nd Street. Estimate of cost ordered. 

Retention of $2nd Street Highway in present location urged 
by Clackamas Community Club. 

Lane County. Lee ragan, Eugene, requests Commission to sell 
property at north end of Siuslaw River Bridge. Sale approved. 

Portland. St. Johns Businessmen's Association request elimin- 
ation of turn at corner of Jersey and Philadelphia Streets. 

Lincoln County. Delegation protests removal of rock and sand 
from beach between Oceanlake and Roads End. 

County Court suggests modification of order prohibiting re- 
moval of sand and gravel from beach. 

Log hauling. Senator F. M. Franciscovich requests modifica- 
tion of rules governing violations of weight restrictions. 
Revised procedure adopted in handling arrests. 

Gleneden Beach. W. F. Cary urges retention of Oregon Coast 
Highway in present location, 

Oregon Coast Highway construction on new alignment urged. 

Coos County. Catching Inlet. Substitution of tidewater gate 
instead of bridge construction requested. 

Bridge contract to be deferred one month. 

Washington County. Claim of John Prickett due to faulty drain- 

age adjacent to Nehalem Secondary Highway north of Banks. 
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Ovegon Coast Highway. Relocation south of Tillamook re- 
quested by Tillamook Drainage District. Request denied. 

Awards confirmed, as follows: 

Mystic Creek-Brockway Section, D, L. Ashton; 

Hood River Rock Production Project, Schmeer, Williams and 
Gentemann; 

Hill Creek Bridge Section, Edlefsen-Weygandt Co.; 

Gold Hill Rock Production Project, A. S. Wallace. 

Wolf Creek Highway. Grading from Sunset Camp to Sunset 
Tunnel approved as W.P.A. project. 

Forest Grove. Construction of maintenance patrol building 
approved as W.P.A. project. ; 

Enegren Ferry. Bridge construction over Coos River to re- 
place ferry requested by Marshfield residents. Denied. 
Coos River Secondary Highway. Oiling as far as Enegren Ferry 

requested by Catching Inlet Grange. Denied. 

Philomath. City Council requests oiling or peving of strips 
between pavement and curb through town. Request denied. 

Dundee. Paving of Pacific Highway full width through town 
approved. 

Oregon Coast Highway. J. W. Ostrander requests aid in con 
structing fences in front of his property. Request denied. 

Boardman. Mayor requests use of gravel pit as garbage dump 
site. Request denied. 

Advertising signs. Waldport Chamber of Commerce requests 
support of Commission in removing signs from highways. 

Portland. Neighborhood Community Club opposes construction 
of Foothills Boulevard Project. 

Marion County. Road to Abiqua Falls requested by residents 
of Portland, Mt. Angel, Silverton, and vicinity. 

Columbia River Highway. Reconstruction through Troutdale 
on present alignment requested by Charles Bristol. 

Klamath County. Pomona Grange suggests legislation author- 
izing Highway Commission to police highways. 

Pacific Telephone & Telegraph Company. Building construc- 
tion between Columbia River Highway end reilroad, opposite 
Ainsworth State Park, requested. Request granted. 

Gearhart. City Council suggests acquisition of tidelands 
and beach by Highway Commission within city limits. 

Pacific Highway West. Oscar Furuset, Portland, suggests 
acquisition of gvove south of Monmouth as park site. 

Wild flower collection. William H. Baker, Grass Valley, re- 
quests permission to collect occasional specimen. 

Douglas County. Deed conveying 2.25 acres of land to Sarah 
E. Mulkey, signed. 

Surveys. List of surveys ordered since last meeting ap- 
proved. 

Extensions of time, as follows: 

Orino, Birkemeier & Saremal, Arch Cape Tunnel Section; 
Roy L. Houck, Short Sand Beach Creek Section; 
Andersen Construction Co., Miller Flat-Agency Section; 


Page Date Subject 
1938 


7996 Mer. 25 East Portland-Oregon City Highway. Regrading in front of 
Dr. Huthman's property authorized. 
> Prineville. Connection between Warm Springs Highway and 
Ochoco Highway. Acquisition of right of way deferred. 
7997 Deschutes County. Substitution of Butler Market Road for pres- 
ent route of Powell Butte Secondary Highway into Bend. 
Umatilla County. Sunnyside-Umapine Secondary Highway. In- 
provement as Federal Aid Secondery approved. 
Federal Aid. Report of American Association of State Highway 
Officials on standing of states in programming 1938 funds. 
Falling rocks. Attorney's report on liability of Commission 
for injuries caused by rocks falling on highway. 
Columbia River Highway. Mosier Tunnel. Combing of slopes and 
increesing width and height authorized out of Emergency Fund. 
Reconnaissance survey report on proposed revision at Big 
Creek railroad crossing. 
7998 Minor Betterment Budget. $5,000 increase in budget for pri- 
mary highways authorized to take care of surfacing Sherman 
Avemie in North Bend. 
= Equipment. Purchase of following authorized: 
12 cars of Ford or Chevrolet type; 
8 trucks, pickup type; 
2 hoists for installation on two new trucks; 
2 traffic-actuated traffic signal controls complete; 
; 1 traffic-actuated signal; 
ja 11 dictograph station boxes. 
Union Pacific Company. Compromise settlement for damages re- 
sulting from derailment of train at Oneonta in Feb., 1936. 
7999 American Association of State Highway Officials. Payment of 
1938 dues authorized. 
N. M. Pinkbiner. Attendance at meeting in Seattle, Washing- 
ton, authorized to view tests on wood stave culverts. 
S. H. Probert. Attendance at meeting of Committee on Uniform 
4 Accounting authorized. Meeting to be held in Chicago Aprilll. 
-G. S. Paxson. Attendance at meeting of Bridge Committee of 
American Assoc. of State Hwy. Officials authorized. 
Lane County. Smithfield-Franklin controversy. Request of 
B. F. Howard that Smithfield be printed on maps denied. 
Log hauling. 10-day suspension of permit to be ordered against 
operators arrested four times or more for overloading. 
Disposition of logs left on highway by haulers. 
8000 Load limits. Order lifting limits previously imposed on fol- 
lowing. sections: 
The Delles-—California Highway, Maupin to Terrebonne; 
‘ McKenzie Highway, Sisters-Bend Section; 
: Ochoco Highway, Redmond to point 6 miles east of Prineville; 
McKenzie-Bend Highway, Sisters to The DallesCalif. Hwy.; 
Central Oregon Highway, Bend to Burns; 
Oregon Coast Highway, Marshfield to Port Orford; 
Fremont Highway, Silver Lake to Lakeview; 
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Portland, Oregon, November 29, 1937. 


The State Highway Commission met informally with members of the Ad- 
visory Committee on publicity matters at 8:00 o'clock p. m. in the Rose Room 
of the Benson Hotel. Present were: 


Henry F. Cabell, Chairman 

E. B. Aldrich, Commissioner 

R. H. Baldock, State Highway Mmgineer 
H. B. Glaisyer, Secretary 

J. M. Devers, Attorney 


The following mombers of the Advisory Committee were present: Robert W. Saw- 
yer, Bend; Merle Chessman, Astoria; Ed W. Miller, Marshfield; Ray Conway, 
Portland; John A. Laing, Portland; Frank Jenkins, Klamath Falls; Hugh Ball, 
Hood River; Charles Reynolds, LaGrande; R. R. Cronise, Albany. Mr. Harold B. 
Say, Director of the Travel and Information Department, was also present. 


Matters of mutual concern and relating to the activities of the 
Travel and Information Department were discussed briefly. Among other things 
was the request cof the delegation that came before the Highway Commission on 
July 8, 1937, and headed by Walter Meacham, Portland, requesting that the name 
"Qld Oregon Trail" be printed on future state highway maps. It was explained 
to the committee members that the Commission told the delegation that it was 
opposed to printing the name "Old Oregon Trail" along the route of this high- 
way because of the confusion that would result and particularly because the 
general traveling public finds it more convenient to follow a highway that is 
designated by number rather than by name, the numbers being shown on the map 
at numerous locations along the route; further, that while the Commission ob- 
jects to placing the name of the highway along the route, it would consider 
printing the name "Old Oregon Trail" in the legend in one corner. The members 
of the Advisory Committee were asked to express their ideas on this subject. 
They indicated that they had no choice in the matter and would be satisfied 
with any decision that the State Highway Commission reached. 


The matter of erecting markers along state highways at historical 
locations, a8 has been suggested by Mr. Harry Failing of the Oregon Journal, 
was brought up for discussion. The committee members indicated that they 
would be satisfied with any decision that the State Highway Commission night 
render with regard to this matter also. 


After further informal discussion, it was arranged that the Advisory 
Committee should make its formal report to the Commission at 11:00 o'clock 
a. m. on the following day. 


Following the meeting with the Advisory Committee, Mr. Miller and 
Mr. Chessman requested the State Highway Commission to make the following in- 
provements to the Oregon Coast Highway, on behalf of the Coast Highway Asso- 
ciation: 
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Subject 


Extensions of time, cont.: 
Jacobsen—Jensen Co., Phosnix-Bear Creek Section; 
averill & Corbin, Bridge over Sullivan Gulch, Port and. 

Contracts completed and accepted, as follows: 
arch Cape Tunnel Section, Orino, Birkemeier & Saremal; 
Short Sand Beach Creek Section, Roy L. Houck; 
Wilson Ranch-Paradise Creek Section, Koy L. Houck; 
Miller Flat-Agency Section, Andersen Construction Co.; 
Phoenix-Bear Creek Section, Jacobsen-Jensen Co.; 
Middle Bridge-Black Bridge Section, E. H. Itschner; 
Wallowa-Enterprise Section, 0. C. Yocom; 
Snake River Slides-Ontario Section, Rogers Consatruction Co.; 
Gibbs Ranch-Baker Section, 0. ©. Yocom. 

Oregon City. Security & Investment Company property. Con- 
ference with Jack Latourette, attorney. 

Chairman. Action of Commissioners Aldrich and Tou Velle ap- 
proved by Chairman Cabell. 

Loan. $750,000 loan approved to provide funds for 6-month 
period beginning July 1, 1938. 

Oregon City. Security & Investment Company property. New 
appraisals authorized. Condemnation favored, if necessary. 

Illumination. Commission approves trial lighting on Ross 
Island Bridge-17th Avenue Section, Portland. 

World's Fair. Participation in New York Fair to consist of 
distribution of Oregon literature only. 
$20,000 budgeted for 1938 and like amount for 1939 partici- 
pation in San Francisco Fair. 

Traffic signals. Cooperation on 50-50 basis for installations 
on highway routes within municipalities. 

Signs. Circular letter to maintenance superintendents ap- 
proved regarding removal of signs and billboards. 
Payment for cost of removal of signs approved from state 
funds. 

Linn County. County's indebtedness to State for construction 
of South Santiam Highway. Settlement discussed. 

Jackson County. Pacific Highway. Resolution abandoning 
Bear Creek-Talent Section of old route of Pacific Highway. 

Qld Oregon Trail. Resolution abandoning portion of Nelson- 
Malheur County Line Section which has been reconstructed, 
also, retaining certain portions of said section. 

Umatilla County. County Court requests that old route of Old 
Oregon Trail between Pendleton and Stanfield be designated 
a state secondary highway. 
Resolution adopted designating above section as a state sec- 
ondary highway. 

Date for next regular meeting set for April 28 and 29, 1938 
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this point, where there have been a number of accidents. He mentioned the 

| Newport-Reedsport Section as being satisfactory in its present location. The 

Hauser-—Coos Bay Section, he said, is not in good condition, but he questioned 

the advisability of repairing the same because of the possibility of the high- 
way being relocated in the near future. 


The Pistol River Mountain Section, Mr. Miller said, is in need of 
improvement. He gave as his understanding that the Commission has it in mind 
to relocate this section at a lower elevation and cautioned against the same 
because of the sliding condition of the soil. He said that sentiment in this 
district favors improving the highway in its present location by elimination 
of curves and widening. As ancther project on the Oregon Coast Highway, Mr. 
Miller suggested a widening project just north of the California state line. 
He pointed out that the State of California has already widened its portion 
of this road, which creates a bottleneck at the Oregon line which is a hazard 
for the traveling public. He suggested that this section should be widened 
between the California line and the Winchuck River bridge, which would effec— 
tively eliminate the hazard. 


Chairman Cabell advised that the Commission would bear in mind the 
projects mentioned ty Mr. Miller and give them due consideration at the proper 


time. 


The meeting was declared adjourned at 9:00 o'clock p. m. 
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Portland, Oregon, November 30, 1957. 


The State Highway Commission met in regular session at 9:00 o'clock 
a. m. in the Auditorium of the Public Service Building. Present were: 


Henry F. Cabell, Chairman 

E. B. Aldrich, Commissioner 

F. L. Towelle, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


Bids as follows for highway construction projects were opened and 
read, in conformance with previously published notice: 


OREGON COAST HIGHWAY 
SMITH POINT-YOUNG'S BAY BRIDGE SECTION - GRADING AND PAVING 


$43,973.00 


Mountain States Construction Company 
44,961.50 


Oregon Contracting Company 


a 


4 
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(1) Grade the remaining two-mile section south of Arch Cape Tunnel. 
They declared that this project is of first importance and should be given 
priority over others. 


(2) Construct a lining in the Arch Cape Tunnel. 


(3) Widen the present road around Neahkahnie Mountain, which is 
narrow and will be dangerous to travel when this road is opened up for gener- 
al public use. 


They alleged that the entire coast district is particularly anxious 
for the construction of tnese projects et the earliest possible time and sug- 
gested that the Commission sell one-year, two-year, or three-year short-term 
bonds to secure funds with which to finance the work. 


Chairman Cabell advised that the Commission realizes the condition 
of the road around Neahkahnie Mountain and knows that it should be widened, 
and hopes to make progress on this road as funds will permit. 


Mr. Miller then asked for the following improvements to the Oregon 
Coast Highway in Coos County: 


(1) Reconstruction of the highway between North Bend and Marshfield 
and improvements to the present highway between Marshfield and Coquille. In 
regard to the North Bend-Marshfield Section, Mr. Miller pointed out that the 
existing pavement on Sherman Avenue in North Bend becomes very slippery when 
wet and should have a nonskid wearing surface epplied thereto in order to pre- 
vent accidents. He also suggested, in view of the high cost to reconstruct 
the entire highway between North Bend and Marshfield, that such work could be 
done by stage construction, as the urgency of traffic demands. He urged the 
Commission to let a contract as soon as possible for the reconstruction of the 
Bunker Hill Section just south of Marshfield. 


(2) Improvements looking toward the elimination of flood conditions 
south of Soquille and between Coquille and Marshfield. Mr. Miller advised 
that the U. S. Army Engineers are just now completing a flood-control survey 
which involves the construction of a drainage canal across the summit between 
Coquille and Marshfield and which they believe will effectively control the 
flood situation in this district. He said that he believed the Southern Pa- 
cific Railroad Company would be willing to cooperate in the cost of construc- 
tion and gave as his thought that the project could be brought to realization 
if the State Highway Commission would also cooperate. He suggested that the 
Commission contact the members of the Flood Control Board relative thereto. 
He further suggested, as an aid to flood control south of Coquille, that the 
dike section be raised. 


Mr. Miller also asked the Commission to consider the improvement of 
the Coast Highway between Siletz River and Newport and urged the Commission to 
declare a permanent route for this section as soon ao possible. He also asked 
for improvements south of Reedsport to eliminate curves where accidents fre- 
quently occur, and the elimination of two sharp curves a few miles south of 
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(John Day-Oliver Ranch Section, continued: ) 


Kern & Kibbe $86,419.30 
Geo. B. Henly 87,251.00 
Parker-Schram Company 87,657.90 
Triangle Construction Company 87,793.00 
Clifford A. Dunn 89,057.00 
Joplin & Eldon 89,855.00 
S. S. Montague 91, 708.44 
Kuckenberg-Wittman Company 92,190.00 


JOHN DAY HIGHnAY 
KIMBERLY BRIDGE SECTION - GRADING, SURFACING, BRIDGE CONSTRUCTION 


Leonard & Slate ; $54,535.00 
Tom Lillebo 54,998.00 
Mountain States Construction Company 55,431.00 
Colonial Construction Company 57,595.00 
Joplin & Eldon 58,219.00 
Kuckenberg-Wittman Company 59,849.00 

66,529.00 


Parker-—Schram Company 


JOHN DAY-BURNS HIGHWAY 
POISON CREEK SECTION - CRUSHED ROCK IN STOCK PILES 


Babler Bros. $12,850.00 
E. H. Itschner 14,550.00 
Rogers Construction Company 15,550.00 
Schmeer, Williams & Gentemann 16,300.00 
0. C. Yocom 16,575.00 
E. C. Hall Company 16,650.00 

17,200.00 


Saxton, Looney « Risley 


PACIFIC HIGHWAY 
SARDINE CREEK BRIDGE SECTION - VIADUCT, ROADBED, TEMPORARY ROADWAY 


Mountain States Construction Company $14,328.00 
Tom Lillebo 16,651.00 
E. F. and W. F. Philpott 17,296.00 

20,507.50 


F. C. Himber Company 


FREMONT HIGHRAY 
HARRIS CREEK-CHALK CLIFF SECTION - GRADING, SURFACING, OILING 


E. L. Rigdon $ 91,719.70 
McNutt Bros. 98, 890.00 
E. C. Hall Company 99,401.25 
Leonard & Slate 106,654.50 
Jacobsen-Jensen Company 108,459.00 
E. H. Itschner 112,640.55 

114,489.25 


Warren Northwest, Inc. 


(Continued on next page) 
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(Smith Point-Young's Bay Bridge Section, continued: ) 


Parker-Schram Company $46,454.00 
Edlefsen-Weygandt Company 47,203.40 
Warren Northwest, Inc. 48,592.50 
The United Contracting Company 50, 348.00 
Brookfield Company §1,1935.75 
Saxton, Looney & Risley 52,563.00 
Dolan Construction Compeny 54,226.50 


COLUMBIA RIVER AND OREGON-WASHINGTON HIGHWAYS 
HEPPNER JUNCTION ROCK PRODUCTION PROJECT 


R. O. Dail & Warren Bros., Inc. 
Smith & Company 

Rogers Construction Company 

H. L. Rice 

Schmeer, Williams & Gentemann 
Q. C. Yocom 

A. S. Wallace 

Jones-Scott Company 

Fisher Bros. 

Joslin & McAllister 10,100.00 
E. H. Itschner 10,174.00 
S. S. Montague 10, 728.00 
Homer G. Johnson 

Parker-—Schram Company 

Saxton, Looney & Risley 
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JOHN DAY HIGHWAY 
JOHN DAY-OLIVER RANCH SECTION - GRADING AND GRAVEL TOPPING 


YicNutt Bros $63,446.00 
M. L. O'Neil & Son 64,075.10 
Morrison—Knudsen Company 69,945.00 
Leonard & Slate 70,389.00 
J. A. Terteling & Son 70. 781.50 
Roy L. Houck 71,126.00 
E. L. Rigdon 72,700.90 
Mex J. Kuney Company 74,322.00 
E. H. Itschner 75,533.10 
Colonial Construction Company 75,955.50 
Fisher Bros. 76,462.90 
Orezon Contracting Company 76,554.20 
White's Trucking Company 77,419.50 
Jacobsen—Jensen Company 77,646.50 
Harold Blake 79,636.50 
E. C. Hall Company 79,624.50 
J. A. Lyons 83,272.50 
Tony Marrazzo 83,983.80 
E. L. Gates $4,365.20 


(Continued on next page) 
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(Maupin Rock Production Project, continued: ) 


Joslin & McAllister $22,815.00 
Parker-Schram Company 23,261.00 
Clifford A. Dunn 23,428.00 
S. &. Montague 24,058.00 
Oregon Contracting Company 24,107.00 
E. H. Itschner 24,585.00 
Dolan Construction Company 24,705.00 
Warren Northwest, Inc. 24,975.00 
Joplin & Eldon 25,039.20 
E. C. Hall Company 25,415.00 
Saxton, Looney & Risley 26,538.30 
R. 0. Dail & Warren Bros., Inc. 26,865.00 
Homer G. Johnson 27,152.00 

28,107.50 


Leonard & Slate 


Chairman Cabell announced that awards would be made at 4:00 o'clock p. m. in 
the same room. 


Messrs. John Laing, Frank Jenkins, Charles Reynolds, and Ed W. Mil- 
ler, representing the Advisory Committee of the Travel and Information Depart— 
ment, were present. Mr. Laing was spokesman for the group. He reported 
briefly on the action taken by the Advisory Committee on the report rendered 
by Mr. Harold B. Say, Director of the Travel and Information Department, cov- 
ering activities of his department during the past year. He said that the 
Advisory Committee approved Mr. Say's report unanimously and, as a result of 
the showing made, adopted a resolution unanimously requesting the Highway Com- 
mission to appropriate and make available for the Travel and Information pro- 
gram during 1958 the sum of $101,160.00, representing the total of a budget 
which nag submitted and approved for distribution as follows: magazine ad- 
vertising, $52,700.00; newspaper advertising, $18,000.00; production, including 
radio, $4,000.00; bulletins and maps, ¥10,650.00; photography, postage, spec- 
jal advertising, salaries, office costs, et cetera, $15,810.00. He also said 
that the recommendation that such sum be appropriated was accompanied by a 
further recommendation that the amounts for the several items be not consid— 
ered final and definite but that the Director of the Travel and Inforsation 
Department be allowed to use his own judgment throughout the year in modify- 
ing any of the special allocations. He presented a copy of Mr. Say's report, 
which, he said, the committee has approved and is submitting to the Highway 
Commission as a supplement to its oral recommendations. 


Mr. Laing also stated that the Advisory Committee adopted, in addi- 
tion to its recommendation pertaining to the appropriation and manner of ex- 
penditure of the same, @ second recommendation to the Highwey Commission sug- 
gesting better camping conditions and general roadside beautification. He 
presented a copy of the recommendation, which reads in part as follows: 


"Oregon State Highway Commission 


Salem, Oregon r 
Gentlemen: Following discussion ef the attractions Oregon offers 


yov30 193% 


7734 


(Harris Creek-Chalk Cliff Section, continued: ) 


Harold Blake $116, 387.00 
Fisher Bros. 119,411.00 
J. A. Lyons 119,640.50 
Glifford A. Dunn 119,737.50 
S. S. Montague 150, 871.30 


McKENZIE HIGHWAY 
BELKNAP SPRINGS-McKENZIE SUMMIT SECTION - CRUSHED ROCK IN STOCK PILES 


A. S. Wallace $12,880.00 
Rogers Construction Company 15,860.00 
Saxton, Looney & Risley 15,050.00 
Homer G. Johnson 17,150.00 
E. C. Hall Company 20, 500.00 


OLD OREGON TRAIL 
SNAKE RIVER SLIDES-ONTARIO SECTION - CRUSHED GRAVEL IN STOCK PILES 


Rogers Construction Company $ 7,225.00 
Chester T. Lackey 8,310.00 
Schmeer, Williams & Gentemann 9,425.00 
E. H. Itschner 10, 320.00 
Quinn-Robbins Company 10,470.00 
0. C. Yocom 10, 800.00 
Triangle Construction Company 14,770.00 


OLD OREGON TRAIL 
KAMELA-LaGRANDE SECTION - CRUSHED ROCK IN STOCK PILES 


Rogers Construction Company $ 9,720.00 
Jones-Scott Company 10, 260.00 
0. C. Yocom 10, 800.90 
Hart Construction Company 11,100.00 
E. H. Itschner 11,200.00 
S. S. Montague 11,645.00 
Homer C. Johnson 12,150.00 
Saxton, Looney & Risley 13,290.00 


THE DALLES-CALIFORNIA AND WAPINITLA HIGHWAYS 
MAUPIN ROCK PRODUCTION PROJECT 


Smith & Company $19,440.00 
Rogers Construction Company 20,132.50 
Fisher Bros. 20,250.00 
H. L. Rice ; 21,060.00 
A. S. Wallace 21,330.00 
0. C. Yocom 21,441.50 
Schmeer, Williams « Gentemann 21,978.50 


(Continued on next page) 
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Mr. Reynolds was informed by Chairman Cabell that the Commission 
will give his projects due consideration in the formulation of future highway 
programs. 


A delegation representing the Eugene and Klamath Falls Chambers of 
Commerce came before the Commission in regard to the Willamette Highway. In- 
cluded in the delegation were County Judge Fred Fisk of Lane County; H. S. 
Merriam, Goshen; 0. D. Upton and Ernest McCulloch, Springfield; and Charles 
G. Briggs, Eugene; also Mr. Frank Jenkins, Klamath Falls. Judge Fisk was 
spokesman for the group. He urged the Commission to complete this highway as 
soon as possible so as to make it available for through travel at the earliest 
possible date. He recalled that, in accordance with an agreement entered into 
heretofore by Lane County and the State Highway Commission, the County intends 
to pay off its indebtedness for state highway construction about the first of 
the year. He asked the Commission to spend at least a part of this money for 
surfacing the newly-graded portion of the Willamette Highway. The Commission 
took the matter under advisement. 


Mr. Briggs, of the Booth-Kelly Lumber Company, asked the Commission 
to modify its recent order reducing the load limit on the McKenzie Highway be- 
tween McKenzie Bridge and Springfield so as to permit loads weighing 75 per 
cent of the maximum specified by law, He said that under the present ruling, 
which was ordered by the Highway Commission at its meeting on November 17, 
and which prohibits loads weighing in excess of 50 per cent of the legal lin- 
it, log haulers cannot operate, and if this order is not chenged to permit 
heavier loads, it will be necessary for the lumbering ane logging operations 
affected to close down, putting several hundred men out of employment. 


Chairman Cabell advised that the Commission found it necessary to 
order a reduced load on this road in order to keep it from going to pieces 
under continuous heavy traffic; also, that the cost of maintaining state high- 
ways has been increasing, especially on the roads that are being subjected to 
logging traffic, and the Commission is forced to do something to keep the 
maintenance costs to a minimum so that funds will be available to match the 
Federal Aid funds, and it appears that the only way to do that is to order 4 
reduction in loads on certain highways, which was done in the case of the Mc- 
Kenzie Highway and several other highways. The Ingineer advised that he did 
not recommend a reduction in loads on the McKenzie Highway until inspection 
revealed that to be absolutely necessary in order to preserve the present sur- 
facing. If legal-limit loads were allowed to continue, he added, it would not 
be long before the road would go to pieces and the state would be put to heavy 
expense to repair the same. 


Mr. Briggs suggested that 75 per cent loads be given a trial and ad- 
vised that,if the road still showed signs of failure under such loading, they 
would not object to going back to 50 per cent weight loads. He also agreed 
to stop log hauling on this road during heavy rains. After further discussion 
the Commission consented to try out the proposition as suggested by Mr. Briggs 
and accordingly, by unanimous vote, adopted the following resolution in regard 
thereto, with the understanding that the trial period would run until about 
Christmas time, when the 50 per cent reduced load limit will be replaced if 
inspection by the Engineer reveals that to be necessary: 
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to the world the Advisory Committee adopted the following motion 
made by Judge Robert W. Sawyer and seconded by Ray Conway: 


'That it is the opinion of the Advisory Committee that a nec~ 
essary concomitant of an efficient advertising undertaking is a 
study of the thing that is advertised for the purpose of bringing 
about such improvement as may tend to larger sales, and therefore 
the committee recommends to the Highway Commission the appointment 
of a committee to make a study of Oregon conditions tending to af- 
fect tourist travel, said committee to make recommendations for 
changes and betterments that will lead to a more efficient meeting 
of modern tourist advertising competition and tend to enlarge tour~ 
ist business in the state.'" 


Mr. Reynolds added that the members of the Advisory Committee are well pleaged 
with the way the moneys budgeted to the Travel and Information Department have 
been spent. 


Chairman Cabell thanked the members of the committee for their ser- 
vices aud said that the Commission would take under advisement their recommen- 
dation for the appointment of a committee to study Oregon conditions tending 
to affect tourist travel. Motion was made by Commissioner Aldrich that the 
Commission adopt the budget of $101,169.00 for the Travel and Information De-~ 
partment as recommended by the Advisory Committee. The motion was duly sec- 
onded by Commissioner Tou Velle and was declared by the Chairman to have 
pessed by the unanimous vote of the Comaission. 


Mr. Reynolds then conferred with the Commission in behalf of the 
Oregon Trail Association. He asked the Commission for the following improve- 
ments on the Old Oregon Trail end Columbia River highways: 


(1) Widening and resurfacing of the 6-mile section between Ontario 
and Payette Spur Junction; 


(2) Widening the undercrossing at Durkee and flattening the curves 
approaching it; 


(5) Reconstruct a 7-mile section through the John Troy property 5 
miles east of Pleasant Valley; 


(4) Complete the widening and resurfacing of the Muddy Creek-Baker 
Section and construct bituminous macadam surfacing thereon; 


(5) Reconstruct the section between North Powder and Union, which 
is narrow, crooked and unstable; 


(6) Reconstruct the section between Arlington and John Day River 
by straightening and widening; 


(7) Reconstruct the section between The Dalles and Portland for 
the convenience and safety of moderntraffic. 
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BE IT FURTHER RESOLVED that this resolution and order 
shall be in full force and effect wntil changed, modified, or re- 
scinded by the Commission. 


A delegation from Roseburg, consisting of Messrs. A. C. Marsters, 
W. C. Harding, Harris Ellsworth, and Senator C. i. Clark, came before the 
Commigsion and renewed their request that the North Umpqua Road be placed on 
the state secondary highway system. They alleged that this road is one of 
the most important roads in the county and is the County Court's first choice 
of a road to be improved in the Federal Aid secondary highway program. They 
urged the reconstruction of the Roseburg-Rock Creek Section as the first 
project. 


Chairman Cabell advised that the Commission has this project in 
mind and has not forgotten the wishes of the delegation as heretofore ex- 
pressed, but is not able to make any commitments or promises at the present 
time in regard thereto. 


Mr. Harding then asked the Commission to remove a rock ledge from 
the old Pacific Highway near its junction with the new Pacific Highway at 
the north city limits of Roseburg, which, he said, constitutes a traffic haz- 
ard. He estimated that this could be done at a cost of about $500 and urged 
the improvement as a safety measure. The Engineer recommended thet the re- 
quest be granted. ‘The Commission approved the recommendation by unanimous 
vote. 


The County Court of Linn County, consisting of County Judge J. J. 
Barrett and County Commissioners Harry W. Cooley and H. A. Renninger, came 
before the Commission in regard to the county's indebtedness to the state for 
construction on the Santiam Highway, amounting to approximately $59,650.00. 
The Court gave as its understanding that the Highway Commission took action 
at one time relieving the county from contributing additional funds to this 
project when the road was placed on the Federal Aid System in 1932, in which 
case the county owes the state nothing. Judge Barrett presented a statement 
of the account as the County Court understood it, which statement the Commis— 
sion referred to the Engineer to check against the Highway Department's fig- 
ures, with instructions to render a report thereon at the next meeting. The 
Commission also ordered that a search be made to ascertain whether or not 
there is «ay record of action by the Commission relieving the county from 


further ubligation on this road. 


The County Court of Tillamook County, represented by County Judge 
H. H. Rosenberg and County Commissioners E. H. Lindsey and E. G. Anderson, 
came before the Commission in regard to the land which, according to pre- 
vious agreement and understanding, the Weyerhaeuser Timber Company proposes 
to deed to the state for park and recreational purposes, adjacent to the Wil- 
son River Highway. Also present were Mr. Wells Gilbert, representing the Wey- 
erhaeuser Timber Company, and County Judge Donald T. Templeton, of Washington 


County. 
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WHEREAS, on the seventeenth day of November, 1957, at a 
meeting of the Oregon State Highway Commission, all members being 
present and participating, the Commission passed and adopted a res- 
olution reducing the max‘mum load limit on the following state high- 


way: 


McKENZIE HIGHWAY from the McKenzie Bridge to the east 
city limits of Springfield, in Lane County; 


and 


WHEREAS, the Commission is uncertain at this tine as to 
whether or not existing conditions warrant the imposition and en- 
forcement of the limitations fixed in the said resolution, which 
order and load limit, if enforced, will, the Commission is advised, 
necessitate the closing down of log hauling and logging operations 
to the extent served by said highway, and thereby cause approximate- 
ly five hundred men to be out of employment; and 


WHEREAS, because of said conditions and because of the de- 
sire of the Commission to impose only such order and restrictions as 
the interests of the general public require and as the safety and 
permanency of the roads demand, it is the judgment of the Commission 
at this time that said order be modified as a temporary expedient, 
and, if subsequent conditions disclose that the original order and 
limit should be reinstated, then the same will be reinstated by sub- 
sequent action of this Commission. 


NOW, THEREFORE, BE IT RESOLVED that the resolution and or- 
der made and entered into by the Commission on the seventeenth day of 
November, 1937, with respect to the McKenzie Highway, be and the same 
is hereby modified to read as follows: 


The maximum weight of combined load and vehicle which 
shall be permitted on the McKenzie Highway between McKenzie 
Bridge and the east city limits of Springfield shall be re- 
stricted to the following weights: the combined weight in 
pounds bearing on the surface of the highway at contact with 
the tread on the wheels of any one axle of a vehicle or com 
bination of vehicles shall not exceed the product of four 
hundred fifty (450) multiplied by the sum in inches of the 
tire width of the wheels of such axle; but, in no event shall 
the combined weight in pounds bearing on the surface of tie 
highway at contact with the tread of the wheels of any one 
axle of a vehicle exceed seventy-five (75) percent of the 
maximum limit set by law for any one axle. 


BE IT FURTHER RESOLVED that, except as modified herein, the 
said resolution and order made and entered into by the Commission on 
November 17, 1957, shall remain in full force and effect except as 
heretofore modified or changed by the order of the Commission. 
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equipnent for use in connection therewith. He said that if the Commission 
will approve this project the counties will turn their equipment over to the 
state with the understanding that it will be returned to the counties, when 
the work is done,in as good condition as it was when it was placed on the 
job, subject to reasonable depreciation. The Engineer estimated that it 
would cost about $50,000 to put the equipment in good working condition and 
to keep it in good etate of repeir. The Commission deferred a decision in 
this matter pending a check of the budget. The delegation was informed that 
such check would be made shortly and a decision rendered before the first of 
the year. Later in the session the Commission instructed the Engineer to 
have an inspection made of the county equipment to ascertain its condition so 
that it can be determined whether or not there would be any advantage gained 
in using the county equipment on this job rather than state equipment. 


The Commission adjourned at 1:00 o'clock p. m. and reconvened at 
2:00 o'clock p. m. in the same room with all Commissioners, the State Highway 
Engineer, the Attorney, and the Secretary present. 


Mr. E. W. Williamson, Bend, came before the Commission in regard to 
damages to his property located in Ontario, which, he declared, will be great- 
ly devaluated by the construction of the railroad rade separation project 
in this town. Mr. Williamson's property consists of @ service station at the 
southeast corner of Oregon Avenue and North First Street in Ontario. He was 
informed by Chairman Cabell that the Commission has heretofore considered his 
claim but has not yet arrived at a decision in regard thereto, so ng inform— 
tion can be given today. The Attorney was instructed to inspect the property 
and advise the Commission what, in his estimation, the property is worth to- 
day and what it will be worth later on when the grade separation project has 
been completed, to enable the Commission to determine to what extent Mr. Wil- 
liamson's property has been damaged, if at all. 


A delegation from Hood River County, consisting of County Commis— 
sioners J. D. Smullin and R. W. Perry; County Engineer C. M. Hurlburt; E. 0. 
Blanchard, R. S. Hazeltine, E. B. Lage, and A. W. Peters, all of Hood River; 
Lyle McIsaac and i. C. Smullin, of Parkdale, came before the Commission and 
asked for the reconstruction of the Hood River Secondary Highway from a point 
at the top of Severson Hill, about 143 miles south of Dee, southerly to Park- 
dale, a distance of 3 or 4 miles. County Commissioner Smullin said that this 
section is very weak and is practically impassable during the winter season; 
in fact, for a 3-weeks period last winter it was impossible to use the road. 
They urged the Commission to reconstruct this section this year, if possible; 
and, if not possible to do so, to at least put on a sufficient amouht of rock 
so that the road can be kept open for travel throughout the winter. They de- 
clared that this project is the most important road project in Hood River 
County. 


County Commissioner Perry urged the foliowing improvements on the 
Mt. Hood Highway: (1) Eliminate 2 dangerous curve and widen the grade at 4 
point known as Whiskey Creek Junction; (2) Reconstruct the highway at a point 
known as Fikes Corner, involving reconstruction of the highway on new align- 
ment to eliminate curves. He said this is an important project because it 
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The question arose whether or not the company should deed this prop- 
erty direct to the state or to Tillamook County. Judge Rosenberg steted that 
the Tillamook County Court is not particular whether title is conveyed to the 
county or not, but it might be better to handle the matter that way because 
the county has quite a large park program under way and could improve the 
area in such program. He advised that the county has three parke laid out 
along the Wilson River Highway and proposes to improve them as W.P.A. proj- 
ects, and the park now under discussion would fit in with their plans very 
nicely. Chairman Cabell. gave as his thought that the state should own this 
property, especially since it lies adjacent to the highway. However, if the 
Commission could be assured that the county would deed the property over to 
the state after ite W.P.A. work has been accomplished, then he would not ob- 
ject to the county taking title to it in the first instance. 


The State Highwey Imgineer gave as his thought that it would be a 
good idea for the county to take title to the property at this time in order 
to facilitate needed cleaning-up work and development, provided the county 
will agree to deed it to the state later on. After further discussion, it 
was mutually agreed that the timber company should deed its property to Tilla- 
mook County in the first instance, subject to the following understanding: 


(1) The county will immediately begin the development of the prop- 
erty for public park and recreational uses and will, with W.P.A. forces, clean 
up and burn debris and other objectionable materials so far as finances are 
available; 


(2) The county, while it still has title to the property, will not 
sell or dispose of any part of it except to the state and will not lease any 
part of it or in any way alienate or encumber the property but will maintain 
the title free and clear of any encumbrances 50 that it subsequently may be 
deeded to the state; 


(3) The deed from the company to the county shall contain provision 
that the property shall forever be maintained for public park or re sreational 
purposes and that if the property or any part of it is abandoned for such use 
then such abandoned portion shall revert to the grantor; 


(4) The county shall, within five years from the date of the con- 
veyance by the company to the county, convey to the State of Oregon, by prop- 
er deed, title to the property, and thereafter the state shall maintain the 
property for public park or recreational uses. 


The County Court and Mr. Gilbert expressed their acceptance of 
these conditions, whereupon the Commission instructed the Attorney to prepare 
a form of agreement covering the matter, it being understood that the timber 
company will not deliver its deed to the county until said agreement has been 
executed. 


Judge Rosenberg then brought up for discussion the matter of contin- 
uing the W.P.A. work on the Wilson River Highway, particularly the proposition 
submitted by the counties involved relative to the furnishing of county 


wov 30 19 37 


7743 


in 1937. He predicted a large increase in production during 1938 on account 
of the completion of the Vale and Owyhee irrigation projects and gave as his 
thought that the people are entitled to better road conditions in order to 
place this produce on the market. He referred to the hotel service in tne 
town of Burns and advised that their best hotel, which was burned last year, 
cannot be replaced until the Central Oregon Highway has been constructed to 
modern standards. 


Mr. Tims also spoke for the improvement from the traffic standpoint, al- 
leging that there was a considerable increase of traffic over the Central Ore- 
gon Highway during 1957 and predicting a corresponding increase each year 
hereafter. He urged improvements to this highway also from the standpoint of 
mail deliveries. 


Mr. Donegan endorsed the remarks of the other speakers. 


Senator Duncan referred to discussions in the legislature when the mat- 
ter of appropriations for the Coast Bridge Construction Program was discussed. 
He said that the objections of the Eastern Oregon people to the bridge pro- 
gram were withdrawn upon assurance that the Central Oregon Highway and the 
Fremont Highway would be given first consideration after the bridges were com- 
pleted. He gave as his thought that, if any cut is to be made in the alloca- 
tion to any of the counties, such cut should be made in the amounts allocated 
to the coast counties in view of this understanding, and that the central and 
eastern Oregon counties should not be required to suffer thereby. He said 
that all that they are asking for is that the Central Oregon Highway be made 
a dustless road by 1959, it being very important that the producers on the 
Vale and Owyhee irrigation projects have a dustless outlet for their products. 


Mr. Peoples stated that the people of Bend are more interested in seeing 
the Central Oregon Highway completed than any other highway. 


The delegation was informed that their arguments on behalf of the Cen- 
tral Oregon Highway will be given due consideration in the allocation of fu- 
ture funds, but no commitments can be made today. 


Mr. Peoples and Commissioner Baer then brought up for discussion matters 
pertaining to the Deschutes Irrigation project. Mr. Peoples advised that the 
outlook for the construction of this project in 1939 is now very favorable, 
the only thing remaining to be done being the appraisal of the surplus lands. 
He pointed out that this project involves the relocation of The Delles—Califor- 
nia Highway, and urged the Commission to adopt definite plans for the highway 
improvement, because, in his estimation, the cost of constructing the highway 
could be kept to a minimum if it were known where the highway is to be locat- 
ed and if the plans for the irrigation district could be made to conform with 
the plans for the proposed highway. The Engineer coneurred in the viewpoint 
of Mr. Peoples and requested authority to make a location survey for the re- 
vision of this highway in Jefferson County south of Madras. The Com-ission 
approved the request by unanimous vote. 
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involves a connection with a county road on which there is a condemed county 
bridge, which bridge will either have to be repaired, or replaced by a new 
structure, and they would like to know as soon as possible just what plans 
the Highway Commission has for reconstructing the highway because the loca- 
tion of their bridge will depend largely on such plans. Mr. Perry also 
asked for the installation of road signs at the county road junction in the 
town of Odell and for the elimination of the curve and the widening of the 
Meee embankment at the county road junction just south of the Parkdale 


Chairman Cabell advised that the Commission is not in a position to 
make any commitments now for the projects mentioned but will be pleased to 
consider them in the preparation of the program for next year's construction. 


Mr. Hurlburt brought up for discussion the matter of maintaining 
lights on the Hood River Bridge on the Columbia River Highway at Hood River. 
He said that the wiring for the lights needs to be repaired and asked the 
Commission to assume such responsibility and to maintain the Jamps at state 
expense. He further stated that if the Ccemmission will do this the city of 
Hood River will furnish electricity for the lights notwithstanding the fact 
that the bridge is located outside the city limits. The Commission agreed 
to this proposition by unanimous vote, it being in conformance with its estab- 
lished policy with regard to such matters. The Attorney was instructed to 
prepare an appropriate form of agreement covering the matter and to forward 
it to the Hood River City Council for acceptance. 


Mr. Hurlburt also brought up for discussion the matter of placing 
the Odell-Summit county road on the secondary highway system as a substitute 
for the Interstate Bridge Secondary Highway No. 280, which was recently elin- 
inated from such system, He was informed that the Commission does not have 
sufficient funds available to assume this extra burden at this time without 
sacrificing the improvements on the Hood River Secondary Highway. 


A delegation from Harney and Deschutes Counties, consisting of Coun- 
ty Judge Nelson B. Higgs, of Harney County; Senator Robert M. Duncan, Burns; 
A. A. Bardwell, Mayor of Burns; County Commissioner William Baer, of Des—- 
chutes County; Don Peoples, Secretary of the Bend Chamber of Commerce; M. H. 
Kundert, Bend; M. 0. Tims, President, Burns Chamber of Commerce; J. J. Done- 
gan, C. R. Bennett, and James Mowrey, Burns, eame before the Commission and 
urged additional improvements on the Central Oregon Highway. dudge Higgs 
headed the group. He read aloud a letter dated November 29, 1957, directed 
to the Oregon State Highway Commission, in which the Harney County Court 
asks the Commission to allocate to the Central Oregon Highwey for the year 
1938 the sum of $300,000 or more. Also, in which were given numerous reasons 
in support of this request. He urged the entire completion of the road, in- 
cluding oiling, by 1959. 


Mr. Tims spoke for such improvement from the commercial standpoint, 
pointing out the large tonnage of produce that has to be trucked over this 
highway annually. He also said that on account of the condition of the exist- 
ing road, the freight rate for trucking over the same was increased 10 percent 
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it in mind to construct a road into that district and they are particularly 
anxious for the state to improve the present road from Jarmans to Pine City, 
a distance of about 3 miles, where these two streams converge. He was in- 
formed that the Commission would bear this project in mind in the formulation 
of the Federal Aid Secondary Highway program. 


The question of snow removal operations was then brought up for dis- 
cussion. Judge Johnson said that the County Court is not particularly inter- 
ested in snow removal operations over Franklin Hill on the Oregon-Washington 
Highway east of Vinson but would like very much to have the Commission con- 
centrate such activities on the Wasco-Heppner Secondary Highway in the vicin- 
ity of Eightmile, which would provide an outlet for the people in this dis- 
trict to Heppner during the winter season. The Engineer was instructed by 
the Commission to bear this in mind in the program for snow removel in Morrow 
County. . 


A delegation from Vernonia, composed of Lester Sheeley, J. W. Nich- 
ols, Fred Zeiner, and Wm. L. Moore, conferred with the Commission. Mr. Shee- 
ley was spokesman. They asked the Commission to improve the road between 
Banks and Buxton, a distance of 5 miles, which, they declared, is now in de- 
plorable condition, being narrow, crooked, and very rough. They gave as their 
understanding that about 3 miles of this road is on the Wolf Creek Highway lo- 
cation and asked particularly that this section be constructed to proper stan- 
dards in 1938. : 


Chairman Cabell advised that the Commission is aware of the condi- 
tion of this section but wants to complete the section between Elsie and Sun- 
set Camp before it starts the improvement further east, and the Commission 
‘cannot say definitely at this time whether or not it will have any money for 
expenditure on the 3-mile section under discussion during 1958, but, will bear 
the project in mind and will do the best it can. 


Mr. Nichols asked for improvements along the Nehalem Secondary High- 
way just east of Vernonis. He said that a very dangerous condition exists on 
this section between the office of the Oregon-American Lumber Corporation, 
which is about 3/8 of a mile east of the city limits of Vernonia, and the 
Washington Grade School, which is within the city limits, the highway at this 
place being on a steep grade and containing 4 rather sharp curve, which makes 
it hazardous for school children end other pedestrians. He said the hazard 
is increased by reason of the fact that the sidewalk is very close to the high- 
way at this point and suggested painting 4 stripe along the south edge of the 
highway next to the footpath so that motorists could at all times 
distinguish the edge of the highway from the footpath; also, that lights be 
installed to enable motorists and pedestrians to see clearly in foggy weather. 
He suggested also that safety signs be installed along the south side of the 
sidewalk near the lumber company's property. lr. Nichols read aloud a letter 
signed by the American Legion Commander, the Secretary of the Vernonia Chamber 
of Commerce, Director of their school district, and the Vice President of the 
Oregon-émerican Lumber Corporation, in support of his request. 


The Engineer agvised that the section referred to is about 1/4 mile 
in length,half of which is within the city limits of Vernonia and half outside. 
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Mr. Peoples also inquired whether or not there were any funds avail~ 
able for surfacing the Warm Springs Highway between Madras and the Deschutes 
River, in addition to the funds which the Commission proposes to spend for 
additicnal grading work south of the Warm Springs Agency. He was informed 
that the Commission has no funds for such purpose at the present time. 


A delegation representing the City Council of the town of Molalla 
was present in regard to the paving of the unpaved portions of the Wioodburn— 
Mt. Hood Loop Secondary Highway, which passes through their town, particular- 
ly the strips on each side of the paved center portion. Included in the del- 
egation were Dr. E. R. Todd, Mayor, and Fred Damm, City Recorder. Dr. Todd 
said that they understood the Highway Commission to say, when they asked tor 
such improvement last year, that the work would be done during the 1937 sea- 
son, so they spent about $20,000 for a new water main in anticipation of the 
same, and they would like to know now what the Commission plans to do in re- 
gard thereto. 


Chairman Cabell advised that the project was included at one time 
in the Commission's tentative program for this year, but it had to be deferred 
because of shortage of funds with which to finance it. He added that the Com- 
mission still has this project in mind and will do it next year if at all pos- 
sible, although no definit« commitment can be made to the project today. 


The County Court of Morrow County, represented by County Judge Bert 
Johnson and County Commissioners Roy Neill and George N. Peck, was present. 
Mr. Peck was spokesman for the group, which also included County Engineer H. 
Tamblyn and Mr. Burton. Mr. Peck stated that the County Court would like the 
Highway Commission to undertake as its first project in 1938, in Morrow Coun- 
ty, the reconstruction of the Heypner-Rhea Creek Section of the Wasco-Heppner 
Secondary State Highway, and the elimination of the curves on the Hardman Hill 
Section of the Heppner-Spray Secondary Highway. He presented a statement 
showing amounts that have been expended by Morrow County for primary and sec- 
ondary highway improvements and advised that the county still has outstanding 
bonded indebtedness amounting to $415,000, and has spent a total of more than 
$800,000 for primary and secondary highway improvements in addition to the 
amounts spent for maintenance of county roads. 


Mr. Peck also asked the Commission to construct an oil surface on 
the Oregon-Washington Highway between Heppner and Nye Junction, if possible, 
put they will be satisfied with oiling from Heppner to Lena if the Commission 
cannot afford to extend the improvement to Nye Junction. He requested infor- 
mation in regard to the program for Federal Aid Secondary Highways. This was 
explained by Chairman Cabell, who particularly pointed out that the roads that 
go to make up the Federal Aid Secondary Highway System must be roads that are 
not on the Federal Aid Primary Highway System and that approximately half of 
them must be county roads. Mr. Peck reiterated that their preference project 
is the improvement of the Heppner-Rhea Creek Section but their first choice 
for a county road project is the improvement of the road extending south from 
a place known as Jarmans, on the Lexington-Echo Secondary Highway, at approx- 
imately the Morrow-Umatilla County line. He said that no road exists up Big 
Butter Creek from its junction with Little Butter Creek, but the county has 
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Forest Highway Funds, an allocation of such funds for the construction of the 
4emile section of this road between Gates and Niagara, where the location 
will not be affected by the proposed dam in the North Santiam River. They al- 
so asked for the surfacing and oiling of the section between Detroit and the 
junction with the South Santiam Highway, which has already been graded to 
state standards. The committee particularly requested that the amounts allo- 
cated for the North Santiam Highway and the South Santiam Highway be made on 
an equal basis as in previous years. 


Chairman Cabell admitted that the State Highway Commission in previous 
years has allocated approximately equal amounts to these two highways but now 
the South Santiam Highway is approaching completion and the point where past 
investments can be realized; so, if the Commission should concentrate on the 
South Santiam Highway in programming the next Forest Highway Funds, there is 
a possibility that this highway can be completed and opened for traffic in 
1959; but that cannot be done if available funds are divided between the two 
highways as in the past. 


Mr. Crain pointed out that the North Santiam Highway, east of Detroit, 
is now graded to state standards and is carrying a large amount of summer 
traffic. He urged the Commission to do something to preserve this grade by 
placing surfacing thereon. Otherwise, he said, the road would soon become 
impassable. After further discussion, during which Chairman Cabell pointed 
out the uncertainty of federal funds, which might preclude the Commission 
from undertaking a considerable amount of work that is now contem ted, the 
delegation was informed that the Commission would give the North tiam proj- 
ect due consideration in the formulation of the Forest Highway Program. 


At 4:00 o'clock p. m. Chairman Cabell announced the following awards of 
contracts for which bids were taken at the morning session, the awards having 
been previously approved by the Commission by unanimous vote: 


"Smith Point-Young's Bay Bridge Section of the Oregon Coast 
Highway, in Clatsop County. 0.77 mile grading and paving. The 
low bid received for this project was that of the Mountain States 
Construction Company, Eugene, et $45,973.00. The next low bid was 
that of the Oregon Contracting Company, Portland, at $44,961.50. 
There were seven highar bidders. The Commission has deferred the 
award of this contract and has referred the bids received therefor 
to the Engineer with power to award when certain conditions have 


been satisfied. 


"Heppner Junction Rock Production Project on the Columbia Riv- 
er and Oregon-iiashington Highways, in Gilliam and ‘Morrow Counties. 
Furnish 6,000 cu. yds. crushed rock in stock piles. The low bid- 
der on this job was R. 0. Dail and Warren Bros., Inc., Portland, 
at $8,600.00, The next low bidder was Smith & Company, Golden- 
dale, Washingten, at $8,730.00. There were 15 higher bidders. The 
Commission has awarded this contract to the low bidder, R. 0. Dail 
& Warren Bros., Inc., at their low bid of $8,600.00. 
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He further advised that it has been the long-established policy of the High- 
way Commission to refuse to construct and maintain footpaths within incorpor- 
ated cities and he suggested that the situation might be satisfactorily dis- 
posed of by installing sight poste along that portion of the footpath outside 
the city limits and by installing additional safety signs, and he so recom 
mended, as a trial proposition. The Commission approved the recommendation 
by unanimous vote. 


A delegation from Cletsop County, consisting of the members of the 
County Court, County Judge Guy Boyington and Commissioners James Elliott and 
Wm. Larson, and City Menager James 0. Convill of Astoria, was present. They 
inquired when the Commission contemplates adopting the permanent route for 
the Oregon Coast Highway in Astoriadlong Astor Street, which matter was the 
subject of a hearing in Astoria on September 15, at which time the Ingineer 
reported three alternate routes for the proposed connection between Bond 
Street and Astor Street. They expressed a preference for the most westerly 
or southerly of these alternates. They were informed that the Commission is 
now having appraisals made of the property involved and expects to make its 
decision in the near future. 


Judge Boyington brought up for discussion the matter of acquiring 
right of way for the Oregon Coast Highway across the property of a Dr. Foster 
just south of Arch Cape Tunnel. He said that when the county acquired right 
of way for this section, the giving of legal notice to Dr. Foster was over- 
looked and Dr. Foster now alleges trespass and is demanding payment of $1500 
for three acres of his land that have been taken. He said that Dr. Foster's 
contention is correct and that the County Court will pay him the $1500 that he 
demands if the Commission will approve the same and will give the county cred- 
it for such expenditure in the amount that the county owes the state for road 
construction. The Commission by unanimous vote approved settlement with Dr. 
Foster on such basis. 


Judge Boyington asked the Commission to consider placing on the 
state highway system the county road which extends from the Oregon Coast High- 
way, near Warrenton, to Fort Stephens. He said the road is paved and, in his 
estimation, should be under the control and jurisdiction of the state inas- 
much as it leads to a governmental area. The Commission took the matter un- 
der advisement. 


County Commissioner Flliott asked the Commission to oil the Nehalem 
Highway between Jewell and Mist. He said the county has a rock quarry adja- 
cent to this section, which the state might use for this project if it so de- 
sired. He was informed that the Commission is considering this project for 
the 1958 progran. 


A delegation from Marion County, consisting of Harry Crain; County 
Engineer Nathan C. Hubbs; W. W. Chadwick, President, and C. E. Wilson, Mana— 
ger, Salem Chamber of Commerce, came before the Commission in regard to the 
North Santiam Highway. Mr. Crain headed the group, which, he advised, is ap- 
pearing on behalf of the Marion County Court. They esked the Commission to 
consider in its deliberations on the following day for the vrogramming of 
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Rogers Construction Company, Deyton, Washington, submitted the low 
bid for this job at $7,225.00. Chester T. Lackey, Ontario , sub- 
mitted the second low bid at $8,510.00. There were five higher 
bidders. The Commission has ewarded this contract to the low bid- 
der, Rogers Construction Company, at their bid of $7,225.00. 


"Kamela-LaGrande Section of the Old Oregon Trail, in Union 
County. Furnish 6,000 cu. yds. crushed rock in stock piles. 
Rogers Construction Company, Dayton, Washington, submitted the low 
bid or this job with their bid of $9,720.90. Jones-Scott Company, 
Walla walla, Washic ton, submitted the next low bid at $10, 260.00. 
There were six higher bidders. The Commission awards this contract 
to the Rogers Construction Company, the low bidders, at their bid 
of $9,720.00. 


"Maupin Rock Production Project on The Dalles-California and 
Wapinitia Highways, in Wasco County. Furnish 13,500 cu. yds. crushed 
rock in stock piles. The low bid received for this project was that 
of Smith & Company, Goldendale, Washington, at $19,440.00. The next 
low bid was that of Rogers Construction Company, Dayton, Washington, 
at $20,152.50. There are nineteen higher bidders. This contract is 
awarded by the Commission to Smith & Company at their low bid of 
$19,440.00." 


A delegation from Otter Rock, consisting of J. L. Groff and B. C. 
Shaver, was present. They said that they are contemplating the construction 
of a water pipe line to serve the people in Otter Rock, but do not have suf- 
ficient funds to finance the same unless the State Highway Commission will 
permit them to connect their pipe line to the state's pipe line serving the 
Devil's Punch Bowl State Park, and they asked the Commission for such privi- 
lege. 


Chairman Cabell pointed out that it is strictly contrary to the 
Commission's policy to allow private parties to use the state's facilities; 
furthermore, it would establish an undesirable precedent which would be diffi- 
cult to avoid in passing on similar requests in the future; so, unless the 
State Parks Superintendent, who has supervision over the Devil's Punch Bowl 
State Park, recommends the granting of their request, the Commission will have 
to deny it. The delegation was referred to the State Parks Superintendent for 
further information. 


A delegation from Oregon City, consisting of Mayor L. 0. Harding; 
City Commissioners . G. H. Krueger and @. F. Everhart; City Attorney Alden E. 
Miller; City Manager J. L. Franzen; and Jack Latourette, came before the Com- 
mission in regard to widening of Fifth Street (state highway route), between 
Main Street and Water Street, so as to provide space for four traffic lanes 
and for the parking of cars. The State Highway Engineer advised that Fifth 
Street is now wide enough for four lanes of traffic but it is not wide enough 
to permit the parking of automobiles in addition thereto. He said further 
that it would cost about $15,000 to acquire sufficient additional right of way 


John Day-Oliver Ranch Section of the John Day Highway, in 
Grant County. 4.45 miles grading and gravel topping. McNutt Bros., 
Eugene, submitted the low bid for this project with their bid of 
$65,446.00, M. L. O'Neil & Son, Eugene, submitted the next low 
bid at $64,075.10. There were 25 higher bidders on this job. 

The Commission awards this contract to the low bidder, McNutt Bros., 
at their bid of $63,446.00. 


"Kimberly Bridge Section of the John Day Highway, in Grant 
County. 0.57 mile grading and surfacing and 387 feet timber, steel 
and concrete bridge. The low bid received was that of Leonard & 
Slate, Multnomah, at $54,535.00. The next low bid was that of Tom 
Lillebo, Reedsport, at $54,998.00. There are five higher bidders. 
The Commission has awarded this contract to Leonard & Slate at their 
low bid of $54,555.00. 


"Poison Creek Section of the John Day-Burns Highway, in Harney 
County. 7.09 miles resurfacing; also furnish 2,500 cu. yds. crushed 
rock in stock piles. Babler Bros., Portland, were the low bidders 
with their bid of $12,850.00. The next low bidder was E. H. Itschner, 
Molalla, et {14,550.00. There were five higher bidders. The Commis- 
sion awards this contract to the low bidders, Babler Bros., at their 
bid of $12,850.00. 


"Sardine Creek Bridge Section of the Pacific Highway, in Jack- 
son County. 150 lineal feet concrete viaduct; 502 lineal feet high- 
way roadbed, and 550 lineal feet temporary roadway. The low bid re- 
ceived for this project waa that of the Mountain States Construction 
Company, Eugene, at $14,328.00. The next low bid was that of Tom 
Lillebo, Reedsport, at $16,651.00. There were two higher bidders. 
The Commission awards this contract to the low bidder, Mountain 
States Construction Company, at their bid of $14,528.00. 


"Harris Creek-Chelk Cliff Section of the Fremont Highway, in 
Lake County. 13.75 miles grading, surfacing, and oiling. The low 
bidder on this job was &. L. Rigdon, Barlow, with his bid of 
$91,719.70. The next low bid was submitted by McNutt Bros., Eugene, 
at their bid price of (98,890.00. There are ten higher bidders. 
The award of this contract is made to E. L. Rigdon at his low bid of 
$91,719.70. 


"Belknap Springs-McKenzie Summit Section of the McKenzie High- 
way, in Lane County. Furnish 7,000 cu. yds. crushed rock in stock 
pile. A. S. Wallace, Roseburg, submitted the low bid for this proj- 
ect at $12,880.00. Rogers Construction Company, Dayton, Washington, 
submitted the next low bid at §15,860.00. There were three higher 
bidders. The Commission has awarded this contract to A. S. Wallace, 
the low bidder, at his bid of $12,880.00. 


"Snake River Slides-Ontario Section of the Old Oregon Trail, in 
Malheur County. Furnish 5,500 cu. yds. crushed gravel in stock piles. 
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what they are between St. Helens and Astoria, but it does not believe that it 
is justified in continuing the improvements beyond that point until the Wolf 
Creek Highway is opened for travel. In reply to an inquiry as to how long it 
would take the Commission to arrive at a decision in this regard. Chairman 
Cabell said that he did not think the Commission would spend any substantial 
sum of money for reconstruction between Rainier and Astoria within the next 
couple of years. This concluded the conference. 


The Commission adjourned at 5:30 o'clock p. m., to reconvene at 
9:00 o'clock a. m. on the following day in the Benson Hotel. 


Portland, Oregon, December 1, 1957. 


The State Highway Commission reconvened at 9:00 o'clock a. m. in 
Room 204, Benson Hotel, with all Commissioners, the State Highway Engineer, 


the Attorney, and the Secretary present. 


County Judge W. R. Cook and County Commissioners F. E. Stangland and 
T. A. Power, of Jefferson County, came before the Commission in regard to the 
Warm Springs Highway. They asked the Commission to spend its money for addi- 
tional grading work on this road south of Warm Springs Agency rather than to 
surface the sections already graded to state standards, and they particularly 
requested the Commission to approve an allocation of Forest Highway Funds for 
the construction of the northerly end of this road beginning at Bear Springs 
on the Wapinitia Highway and extending southerly therefrom as far as funds 
will permit. They were informed that their request would be given considera- 
tion in the allocation of funds, but no definite promises or commitments could 


be made at this time. 


Mr .Don Peoples ,Secretary , Bend Chamber of Commerce; Mr. Allan Wilcox- 
owner of a resort at Elk Lake; and County Commissioner William Baer of 
Deschutes County, came before the Commission in regard to the Cascade Lakes 
Forest Highway. They asked particularly for an allocation of Forest Highway 
Funds for construction work on the northern end of this highway, beginning 
at the Deschutes National Forest Boundary at about the end of the state sec- 
ondary highway known as Century Drive, and extending westerly to the resort 
at Elk Lake. They said that the survey for this road was made in 1954 by the 
Bureau of Public Roads so that construction could proceed without deiay on 
that account. They urged this project on behalf of recreationists who visit 
the area, of whom, they said, more than 16,000 were counted during the past 
twelve months, in spite of the existing narrow, dusty, crooked road. 


t there are only limited funds avail- 
the Commission is particularly desir- 
f this money on the South Santiam Highway as is possi- 
ble in order to open up this road and make it possible to realize 4 benefit 
from the investments heretofore made, and that tne Commission prefers to com- 
plete going projects before it takes on new ones. This has been the policy 
of the Commissions in the past, he added, and the present Commission feels 
that it should be continued. He also pointed out that there is a possibility 
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to accommodate parked automobiles, which the Commission has considered too 
much to pay, especially since there would be space enough to permit the park- 
ing of only four automobiles on the north side of the street, and accordingly 
has ordered the pavement to be constructed within the present street limits 
end hes asked the city to pass an ordinance prohibiting the parking of automo- 
biles along this section. 


Chairmen Cabell advised that the Commission does not feel justified 
in spending so much money to provide parking space for only four cars when the 
same results could be obtained by prohibiting the parking of cars at this lo- 
cation. It was his thought that, if the city wants to provide such parking 
space, it should buy the property for the same at city expense. Mayor Hard- 
ing stated that the City Council has considered this matter and is of the be- 
lief that it does not have legal authority to prohibit property owners from 
parking in front of their premises and they would have grounds for suit against 
the city if such privilege were taken away from them. He pointed out that the 
postoffice is located on the south side of the street and that the people who 
use the postoffice must have a place to park their cars for short periods of 
time. He also said that the City Council feels that it cannot accede to the 
wishes of the Highway Commission in this matter. 


Commissioner Everhart inquired if the state would assume the payment 
of damages in the event a lew suit was instituted against the city, if the 
City Coumcil should adopt an ordinance prohibiting parking at this location. 
He was informed by Chairman Cabell that the Commission is not ready to answer 
that inquiry today but will take it under advisement. The State Highway Engi- 
neer pointed out that there is only one property owner involved in this mat- 
ter and that the Commission has ordered that further construction on this unit 
of highway be deferred pending a satisfactory settlement of all right of way 
matters involved, including the one under discussion. 


A delegation representing the Lower Columbia Highway Association 
came before the Commission and asked for additional improvements along the 
Lower Columbia River Highway between Scappoose end Astoria. The delegation 
consisted of the following: Tom Cunning, Secretary, and J. C. Perry, Presi- 
dent; C. R. Evenson, Vice President; W. E. Proetor, representing the Rainier 
Commercial Club; Mr. Ingle, representing the Central Labor Council, Reinier; 
L. C. Hall, representing the St. Helens Chamber of Commerce; J. J. Kocarnick, 
representing the South Scappoose District; E. F. Doyle, representing the St. 
Johns Businessmen's Club, Portland; George Rhodes, Scappoose; and the follow- 
ing from Clatskanie: H. B. Hager, E. L. Larson, Chas. H. Miller, and Aldon 
Bailey. 


They were informed by Chairman Cabell that the Commission appreci- 
ates the need for improving the Lower Columbia River Highway but believes it 
inadvisable to proceed with the costly construction that would be necessary 
until the Wolf Creek Highway has been completed and it is known how much of 
the Lower Columbia River Highway traffic is going to be diverted to the other 
route. The Commission has it in mind, he said, to continue the present im- 
provements as far as St. Helens, as funds become available, because traffic 
conditions are considerably different between Portland and St. Helens from 
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(Tentative Program for Fiscal Year 1939 Forest Highway Funds, continued: ) 
Original Revised 


Route Project Length Estimate Estimate Remarks 
#29 Fremont (oiling) 16.0 55,000 Road-mix oiling 
58 Flora-Interprise 1.0 100,000 Grading 
Location Surveys 25,000 25,000 
Maintenance $0,000 40,000 


#This project is to be financed with state funds if it cannot be financed with 
accumulated savings of Forest Highway Funds. 


It was decided that, if Congress should reduce the appropriation, 
then another conference of the above officials is to be held to arrange 4 pro- 


gram for the reduced amount. 


The Engineer requested authority to acquire certain parcels of real 
property that are needed for various highway improvements throughout the 
state. He submitted a list of such properties, together with prices that he 
recommended be paid for each. After careful consideration, the Commission ap- 
proved the request and by unanimous vote adopted the following resolution in 


regard thereto: 


WHEREAS, in connection with the further improvement of the 
highways hereinafter designated, it is and has been necessary to ac- 
quire property for right of way, quarry sites, gravel or other ma~ 
terial sites, or sites for the storage of materials, as hereinafter 


more definitely set forth, and 


WHEREAS, as a result of negotiations carried on with the 
owners of the property required, options have been obtained, which 
options have been considered by the Commission, outlining the ba- 
ses of settlement which have been agreed upon, and 


WHEREAS, it is the judgment of the Commission that the 
said options should be approved and accepted, and/or the said re- 
ports be declared acceptable to the State Highway Commission as 
bases of settlement for the properthes involved, and that the ac- 
quisition of the properties should be completed; 


NOW, THEREFCRE, BE IT RESOLVED that the several offers or 
bases of settlement hereinafter enumerated be, and the same hereby 
are approved and accepted, and that the Attorney for the State High- 
way Commission be, and he hereby is, instructed to complete the ac- 
quisition of the said properties and to take title thereto in fhe 
name of the State of Oregon. The said properties hereby ordered and 
authorized to be acquired are 48 follows: 
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of the Sovth Santiam Highway being opened up for travel throughout its entire 
length within the next two yeara if Forest Highway Funds are concentrated on 
this road. He asked the delegation which project it would prefer on the San- 
tiem Highway, the completion of the grading work which would open the highway, 
at least for summer travel, or the surfacing of the graded sections of this 
road. Mr. Peoples stated a preference for the grading work. He filed a brief 
with the Commission in support of the oral arguments presented on behalf of 
the Cascade Lakes Forest Highway improvement. 


The Commission conferred with the following government officials 
with regard to the programming of the fiscal year 1939 Forest Highway Funds, 
Oregon's share of which will amount to $1,254,044, if the present Congress 
does not reduce the amount of the appropriation therefor, as recommended by 
President Roosevelt: W. H. lynch, District Engineer; F. E. Andrews, Senior 
Highway Engineer; Hal D. Farmer, Senior Highway Engineer; and Tom M. Davis, 
Highway Engineer, all representing the United States Bureau of Public Roads; 
James Frankland, Regional Engineer, and F. H. Brundage, Associate Regional 
Forester, representing the United States Forest Service. 


After full discussion, the following program for such funds was mu- 
tually agreed upon, subject to alteration in the event Congress reduces the 
amount of the appropriations: 


FUNDS AVAILABLE FOR FISCAL YEAR 1959 PROGRAM 


Fiscal Year Authorization, 1939 $1,254,044 
Deduct: 
Admin. & Equipment - 10% (approx.) 125,044 


Available for Program - - - {$1,129,000 


TENTATIVE PROGRAM ADOPTED ON OCTOBER 25, 1956, FOR FISCAL 
YEAR 1939, WITH REVISED ESTIMATES 


Original Revised 
Praject Length Estimate Estimate hemarks 


Tiller-Trail 6.0 $ 40,000 $ 85,000 Surfacing and Oiling 
Willamette -6 180,000 150,000 Grading ( Tunnel financed 
separately) 
100,000 175,000 Grading 
190,000 100,000 Surfacing and Oiling 
150,000 —- Programmed from old funds 
100,000 100,000 Grading,Surfacing & Bridge 
100,000 120,000 Grad., Surf., & Bit. Surf. 
35,000 ae Oiled under surf. contract. 
75,000 75,000 Reconstr., Grad., & Surf. 
100,000 125,000 Reconstr. Grad. 
35,000 55,000 Surf. & Bit. Treatment 


Santiam 

North Santian 
Columbia River Highway 
Klamath Falls-Lakeview 
Fremont (10.0) 
Pendieton-—Jolm Day 
Pendleton—John Day 
John Day-Burns 
Cascade Lakes 
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Section, Hwy., & Owner Purpose Acres Approximate Amounts Agent 


4iletz River-Newport Section - Ore Coast Highw 


4874-Rhoten, George and 13,385 sq.ft. per sq.ft. McCallister 
Fred Williams 
4390-Campbell, George Bb. " 0.44 To be exchanged for 


0.9 a. acquired from 
Atlantic Western Co. a 
4569-Smith, Myrtle s 0.12 Exchange for old rail- 
road for property 
taken 
4059-Schroeder, Edward " 1080 sq.ft. 2¢ per sq.ft. plus mov- 
ing fence $3.40 n 


Shelton Rench-Florg Junction Section - Lewiston-mterprise Highwa 
3782-Oregon Mortgage Com- Construction of 
pany of Spokane R/W fence, $47.25 DeSouza 


Columbia County Line-Scappoose Section — Columbia River Hizhway 
3317-Johnson & Hall ji Compromise Settlement 
(A.F.Tice) for moving building, 
$57.50 DeSouza 
ed Greek-Bear Creek Section - Siletz Highwa 
5040-U.S.A.(Siletz Indian R/W and 
Reservation) Quarry 4.4 $62.82 per a. 
plus $155 McCallister 
John “Prairie City Section - John Hi 
4921-Oliver, Herman & Frank R/W and Wells 
(Correction) Gravel Pit 5.98 $300 per a.plus $167.25 


Dead Horse Creek Section - Tiller-Trail Highway 
4683-Dwinnell, Stanley W. W and 
Easement 2.Q2 Lump Sum $100 DeSouza 
Kinzua Junction-Butte Creek Ranch Section - John Day Highway 
5309-Butte Creek Land, Live- 7.87 2.25 a. at $75 Wells 
stock & Lumber Co. R/¥ 5.62 a. at $2, plus 


fencing $321.65 plus $15 
We Bridge-Ontario Section ~ 01d Oregon Trail 


5237-Leedy, M. F. Stock Pile 1.0 $75 per a. Wells 
West Portland—Cook Overcrossing - West Portland-Hubbard Highwa 
5046-Dervoe, iim. W 13,018 sq.ft. 2¢ per sq.ft.plus $750 
(freeway clause) Parker 

Island Section - Columbia River Highway 
1834—Dabney, Martha A. and $15 per a. plus $5 Parker 

Park 27 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


North Fork of John River tion -- John Da: hw: 

5279-tiingfield, D. M. W 4.07 $10 per a. plus $99.60 Wells 
5280-McKenna, Chas. A. " 1.24 Land Gratis plus $35 " 
5277-McKenna, Chas. A. Gravel Pit 2.82 $25 per a. plus nec- 


essary fencing " 


Ber tha—na on County Line Section — Bertha—Beaverton 

5300-Dimbat, Otto R/Wi $99 sy.ft. Lump Sum $20 Collins 
Astoria. ide Section - Oregon Coast, Highwa 

5379-Carnahan, Nell G. R/W 1.36 Land Gratis plus $176 Collins 


(Trustee) 


et set Tunnel Section - Wolf Creek Hi 
5222-Wilkins, John R/W 10.41 $50 per a. Collins 


5221-Horthington, Ernest F. “i 0.22 Land $6, plus $14 * 


Overcrossin ction - Pacific Highw st 
5132-Childs, Chas. and W 1989 sa,ft. per sq.ft. 
Eagles, Wm. plus $307.24 Gardiner 


Harris Creek-Chalk Cliff Section — Fremont merc 
5250-Lake County Loan and R/W 0..58 O per a-plus $504 McChesney 


Savings Bank 
s2e57- ™ * o 4 " 1.28 $100 per a.plus $275 " 
5251-Nelson, Bd R. " 0.78 $100 per a.plus $79.50 " 
5274+ * " # Gravel Pit and Haul- 
ing road easement 8.54 $100 per a. 
Easement 0.97 $50 per a. plus $442 


5276-Foster, John A. R/Wi 8.72 4.72 a. at $50 
4.0 a-at $10 plus $1815 
5252-Campbell, Chas. E. " 2.51 1.51 at $50 
1.0 at $10 plus $495 
5392-Summer Lake Grange " 0.70 Lump Sum $100 + $312.50 
5275-Pollock, J. S. " 6.59 5.0 a. at $100 
(Correction) 1.59 a.at $10,plus $295 
plus fencing $877.50 " 
5253-Brattain, E. M., Estate 5.68 $50 per a.plus fenc- 
ing $1827.50 " 


Muddy Creek-Lakeview Section - Klamath Falls-Lakeview Highway 

4153-Stuhr, John 1.55 $20 per a. plus $12 McChesney 
Marshficld Section - Oregon Coast 

5090-Hirshman, John r/W 83 sq.ft. 35¢ per sa.ft. Benson 


5112-Thomas, H. P. " 10,300 sq.ft. $2250 Lump Sum * 
5069-LeChappelle, Nettie M. " 29 sq.ft. 35¢ per sq.ft. ” 
5092-Wall, James H. n 147 sq.ft. 35¢ per sq.ft. 8 


Wilson c ottspurg Section — va 
4646-State Board of Forestry 
Stock Pile 6.14 $5 per a. 


R/W 


he values at approximately $10,000. The Engineer advised that this particu- 
lar piece of property is beyond the limits of the section proposed for early 
construction and will not soon be needed for the new highway. The Commission 
thereupon decided not to purchese this property at the present time. 


The Secretary presented a letter from the West Extension Irrigation 
District, Irrigon, Oregon, in which the Commission was requested to recon- 
struct their pipe line across the Columbia River Highway near Irrigon, in ac- 
cordance with the provisions of Sec. 44-5103, Oregon Code 1950. The Commis- 
sion deferred action on this matter pending the opinion of the Attorney with 
regard to the responsibility imposed upon the Commission by such law. 


For similar reasons the Commission also deferred action on the re- 
quest of a Mr. Kingsbury for the reconstruction of his privately-owned pipe 
line on the Medical Springs Secondary Highway in Union Zounty, about 6 miles 
east of the town of Union. Mr. Kingsbury has asked the Commission to recon- 
struct this pipe line or to pay him §500 cash in lieu thereof. 


The Engineer presented several alternate plans for the proposed traf- 
fic grade separation structure on the Pacific Highway at the intersection of 
Denver and Union Avenues, Portland. The Commission, after careful study, ten- 
tentatively adopted one of these plans and instructed the Attorney to. proceed 
with the taking of options for the right of way that is needed for the same. 
In the discussion of this matter it was brought out that the Peninsula Public 
Golf Course proposes to construct a new Clubhouse at this location and wants 
to be certain that the house is locatéd so that it will not interfere with 
the highway improvement. Furthermore, the proposed highway improvement will 
require the rearrangement of a portion of the golf course. The Engineer 
pointed out that the traffic separation structure is not proposed for imme- 
diate construction and that the golf club facilities will not necessarily have 
to be rearranged at this time. He suggested that an agreement be entered in- 
to between the Commission and the golf club officials allowing them the use 
of the highway right of way until such time as the state needs the property, 
which would eliminate the necessity for the state to pay out any exorbitant 
sum for the rearrangement of such golf club facilities at the present time. 
The Commission indicated a favorable attitude toward the Ingineer's sugges- 
tion but deferred action thereon pending the Attorney's report on the options. 


The Commission adjourned at 12:00 o'clock noon and reconvened at 
1:30 o'clock p. m. in the same room with all members present and participat- 
ing. Also present were the State Highway Engineer, the Attorney, and the Sec- 


retary. 


A delegation from Portland, representing the Metropolitan Association, 

Inc., appeared before the Commission in regerd to the eonstruction of highway 
arterials in Portland to relieve traffic congestion in the west side business 
district. The delegation was headed by the Hon. William F. Woodward, Presi- 
dent, and consisted of about thirty members, among whom were the following: 

U. L. Upson, Executive Secretary; City Commissioner Ormond R. Bean; Henry A- 
Sargent; Dean Walker; Jack Bardee; J. H. Edwards; W. F. Pihl; George Lew- 
rence; David Simpson; Packer Scott; Wilson Clark; Eric Stanford; Milton Mar- 
kowitz; Joseph Shemenski; Stephen Hull; and Messrs, Boyce, Friendly, Pearson, 
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The matter of acquisition of right of way for a revision of the Ore- 
gon Coast Highway across the Knapp property at Port Orford had the attention 
of the Commission. It appears that Mrs. Knapp is an elderly lady and that 
she is willing to deed to the state the needed right of way across her proper- 
ty, free of cost; also, that the suggestion has been made to the Commission 
that her offer be accepted as soon as possible. The Commission instructed the 
Attorney to contact Mrs. Knapp and secure a deed to this property, if possible. 


There was presented to the Commission a letter from the Foster & 
Kleiser Company, Portland, requesting the privilege of leasing from the state 
a portion of lots 5 and 6 of Block F, Kerns Addition to Portland, at the north- 
east corner of the intersection of Grand Avenue and Clinton Streets, on which 
to erect and maintain an advertising sign. They agreed to pay $80.00 per year 
for such privilege. The Commission denied the request by unanimous vote. 


The Attorney reported receipt of a letter from Claude C. Inman of 
Tucson, Arizona, in reply to the Attorney's inquiry as to how much he wants 
for his property at Port Orford, in which Mr. Inman states that he wants 
€5,000 for all of his land but will sell the portion that the state may need 
for right of way for the proposed revision of the Oregor. Coast Highway at this 
point at the rate of 4100 per acre. The Commission considered the price ex- 
orbitant and instructed the Attorney to advise Mr. Inman that the Commission 
feels that it cannot afford to buy this right of way at the present time in 
view of the fact that the reconstruction of this section of the highway is not 
contemplated for the near future. 


The Commission had under consideration the matter of acquiring right 
of way for the East Portland—Oregon City Highway across property owned by the 
Security Investment Company at Oregon City. The Attorney advised that the 
company is asking $72,500 for its property, which amount he considers exorbi- 
tant, it being far greater than the value placed thereon by four different ap- 
praisers, viz.: B. H. Stewart, $13,950; A. C. Howland, $15,160; Harvey Stark- 
weather, $18,750; and C. W. Parker, Highway Department Right of Way Agent, 
$17,470. He pointed out that there is a question whether or not the Security 
Investment Company owns certain arezs that are included in the limits of cer- 
tain streets that end at the river front. He requested instructions as to how 
much he should offer them for this property, and the Commission instructed him 
to go as high as $20,000 to settle without condemnation; but, if condemnation 
had to be resorted to, then to restrict the state's offer to $17,500. Before 
any money is peid for the property described as street ends, the Attorney was 
instructed to have a court determine title to the property. The Engineer was 
instructed to defer advertising the Oregon City project for bids until this 
right of way matter has been satisfactorily disposed of by either purchase or 
condemnation. 


A letter was presented from H. K. and Stella Noles, Tigard, Oregon, 
in regard to right of way which the state will need across their property for 
the West Portland-Hubbard Highway, inquiring as to the status of this project 
so that they will know how to govern their actions in connection with their 
chicken business which they operate on the premises. The Attorney advised 
that the new highway will take practically all of the Noles property, which 
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business district is worse than in any other city that he has ever visited, 
and under present conditions the city is practically upside down, and that 
something must be done <oon to relieve the congestion and to provide an ar- 
terial route for through traffic. 


Mr. Boice, representing the Portland Hotel, endorsed the remarks of 
Mr. Simpson. Mr. Sargent, representing the Simmonds Saw Company, spoke 
about traffic conditions on First Avenue. He suggested the diversion of 
traffic from that street so as to relieve congestion along the river front. 
Mr. Walker, of the Behnke-Walker Business College, alleged that there is 
practically no traffic congestion in Portland's eastside business district 
but that traffic on the west side of the river is steadily increasing. He 
gave as his thought that the westside interests are entitled to relief be- 
cause they represent the state's heeviest taxpayers. He also mentioned that 
when the original state highway law was enacted it was intended that the 
highway revenues should be spent for the construction of state highways out— 
side of Muitnomah County and decuared that times have changed since then and, 
in his estimation, Multnomah County and the city of Portland are entitled 
now to a much greater share of the revenues than they received in the past. 


Mr. Markowitz, representing Bushong and Company, spoke for the in- 
provement from the standpoint of safety. Mr. Davis declared that Portland's 
Westside District has been neg ected and something must be done immediately 
to improve existing conditions. He also declared that it is far more impor- 
tant to bulld city streets than it is to build roads in outlying districts. 


Mr. Sherrill, of Sherrill Company, jobbers; Mr. Steed; Stephen Hull, 
representing insurance companies; Wilsen Clark; Mr. Pihl, representing trans- 
fer company interests; Mr. Beatty, representing property owners at Eleventh 
and Washington Streets; and Mr. Friendly, representing apartment house own- 
ers, also spoke for this improvement. 


Dr. Wade reiterated the remarks expressed by him at a previous meet— 
ing of the Commission by stating that the Commission has "killed" Portland 
with kindness by constructing seven arteries of travel into Portland without 
raring for this traffic after it gets there. Mr. P. L. Jackson, Editor of the 
Oregon Journal, gave as his thought that the present problem is one for the 
state and the city to solve jointly. Senator Woodward concluded the pre- 
sentation by asking the Commission to give the problem serious consideration 
with a view to eliminating present conditions by appropriate construction in 
a series of years. He said that the Metropolitan Association is not asking 
the Highway Commission to spend its money on any particular project or any 
section thereof but that any and all moneys available for arterial improve- 
ment within the city of Portland be expended upon such artery or arteries as 
the Commission may deem most practicable to relieve congestion in and adja- 
cent to the westside business district. 


The Commission considered and approved the following projects for 
construction and authorized the Ingineer to advertise the same for bids to 
be received at the regular meetings in January and February: 
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Wade, Rickenback, Andrews, Dean, Davis, Sherrill, Steed, Beatty, and P. L. 
Jackson. 


Mr. Simpson, representing the Building Owmers and Managers, said 
thet the Westside District of Portland represents the greatest amount of tax- 
able wealth in the Stete of Oregon, yet they are not particular how the traf- 
fic problem is solved but are agreeable to leaving it in the hands of the 
State Highway Commission for study because they know that the Commission will 
give the westside property owners fair consideration. 


Mr. Dean, representing the Portland Realty Board and the close-in 
residential property interests, not including the business property interests, 
pointed out that the Westside District is now building up rapidly and expand- 
ing, and the traffic problem must be taken care of. He also said that they 
are not particular how this matter is solved but will be satisfied with the 
most practical solution which will relieve traffic congestion. Mr. Ricken- 
back, representing the Multnomah Civic Club, endorsed the remarks of the 
other speakers. 


City Commissioner Bean stated that the Portland City Council is ex- 
tremely anxious that something be done to relieve the traffic congestion in 
the Westside District; in fact, it is a vital matter and this district must 
be served with through arteries in order to relieve the present congestion. 
Mr. Berdee endorsed the remarks of the other speakers and added that he has a 
large investment in properties in the Westside District, which is of little 
value at the present time, but, in his estimation, the value will. increase 
if the traffic congestion is relieved. He gave as his thought that anything 
that is done to help the Westside District will also help the Eastside Dis- 
trict. He stated his willingness to leave the matter up to the State Highway 
Commission to solve as it considers best. 


Mr. Lawrence, reoresenting the George Lawrence Company, spoke on 
behalf of business interests. He said that his firm has been in business in 
its present location for eighty years and is of the opinion that the Westside 
District has not been given fair consideration in the matter of arterial high- 
way improvements. 


Mr. Shemenski endorsed the remarks of Mr. Simpson. Mr. Scott, rep- 
resenting the Pecker Scott Company, alleged that traffic congestion in the 
Westside District is far worse now than it was before barbur Boulevard was 
constructed. He said that something must be done immediately to remedy this 
situation while right of way can be obtained at reasonable cost. He also 
said that business men cannot proceed with the development of their properties 
until the highway situation has been disposed of. Mr. Pearson spoke for the 
improvement on behalf of westside property owners. 


Mr. Stanford, representing Olds, Wortman & King, said that Port- 
land's Westside District must have main arteries of travel to relieve conges— 
tion, and that Olds, Wortman & King have faith in the State Highway Commis- 
sion to see that the problem is taken care of satisfactorily. Mr. Edwards 
stated that, from his observation, traffic congestion in Portland's westside 
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Primary Minor Betterment Budget for 1938, continued:) 


Seeding, Planting & Oiling for Slope Protection $ 1,100 

Road Approaches 2 

Slide Prevention 

Snow Fence 

Highway Beautification 

Bridges 25,575 

Graffic Signais 18,000 

Highway Illumination 
Contingencies 135,661 


Supervision 


Construction Projects and Work ordered by the 
Commission, including the following: 


* Drainage Tunnel at M.P. 332.7 between 


Port Orford and Gold Beach $11,200 
Widen Intersection of Pacific and 
Crater Lake Highways in Medford 1,656 
Widen Pavement at south end of 
Boulevard in Ashland 325 
Construct Drainage Troughs at Honeyman Park 500 
Daylight Cut at Whiskey Creek on Mt. Hood 
Highway two miles from Hood River 250 
Oil 0.8 mile between Paisley & Lakeview to 
connect B.P.R. Grading and State Oiling 640 
Oil Foot Path, John Day to Canyon City 300 
$14, 865 
Reserved for Emergencies 10,155 § 
TOTAL $175,000 


In this connection the Engineer pointed out that he has set up a 
reserve in the primary minor betterment budget for emergencies, amounting to 
$10,135.00. He was authorized by the Commission to select projects to take 
up the amount of the reserve provided the total amount of the budget is not 


exceeded. 


MINOR BETTERMENT BUDGET FOR SECONDARY HIGHWAYS - 
1938 6 


Oiled Macadem $ 500 a 

Shoulders 1,000 Fe 

Guard Fence, Sight Posts, & Mail Box Posts 2,955 

Culverts 10, 759 

Drains 700 

Roadbed Bidening | 1,175 

Seeding & Planting for Slope Protection 300 

Road Approaches 1,355 

Snow Fences 250 g 
18, 665 at 


Freftie,Glgnals __ 4,000 


{Continued on next page) 


denuary 6 and 7, 1938: 


Ross Station-Arvard, Paving 

Siskiyou Mi. Project, Grading 

Kinzua Junction-Butte Creek, G., S. & 0.- 
Vernonia Bridge 

Hermiston-—Columbia School, Oiling 

Forest Boundary-Elgin, G., S. &0. 

Mt. Hood, Rock Production 

Baker-—Durkee, Rock Production 

Paradise Creek-Drain, Rock Production 
Dillon-John Day River, Reck Production 

Hood River, Rock Production 
ShuttlerFlat—Condon, Rock Production 
Madras—Deschutes County Line, Rock Production 
Missouri Flat (Medical Springs Hwy.), Surfacing 
Gibbs Ranch-Cottage Farm (Salisbury), Surfacing 
Dairy Creek Bridge 


se 
§ 
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February 10, 1938: 


Salem-South, Grading and Paving 
Lancaster—Jamieson, Grade and Oil 

Hill Creek Bridge 

Grande Ronde River-East, G., S. & Rock Prod. 
Scappoose-—hiultnomah County Line, G. & P. 
Prairie City-East, Resurfacing 
Madras—Deschutes County Line, Rock Production 


The Commission considered the adoption of budgets for primary and 
secondary highway minor betterments for the year 1958. After full discus- 
sion, the Commission, by unanimous vote, adopted the following budgets for 
such projects: 


PRIMARY MINOR BETTERMENT BUDGET 
1938 


Asphalt Pavement 

Bituminous Macadam 

Oiled Macadam 

Untreated Macadam (Stabilization) 
Base & Subbase (Stabilizetion) 
Shoulders—Graveling and Oiling 
Sidewalks & Foot Paths (Cannon Beach) 
Ditches 

Drains & Drainage Tunnels 

Guard Fence, Sight Posts & Mail Box Posts 
Pipe Culverts 

Widening 

Righ.c of Way Fences 


(Continued on next page) 
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The Engineer reported the results of surveys of alternate routes 
for the proposed revision of The Dalles—California Highway between Modoc 
Point and Chemult, in Klamath County. He recommended the adoption of what 
is known as Route No. 1, which bypasses the town of Chiloquin, because it is 
about .63 mile shorter than the route through the town of Chiloquin and will 
cost about $200,000 less to construct. After careful consideration, the Com- 
mission approved the Engineer's recommendation and by unanimous vote adopted 
the following resolution in regard thereto: 


WHEREAS, for the purpose of making possible a better align- 
ment, a more convenient and serviceable highway, and ultimately con- 
tributing to the convenience and safety of the traveling public, the 
Commission has found it necessary and desirable to relocate that 
portion of The DallesCalifornia Highway lying between what is known 
as Modoc Point on the south and a point on said highway approximate- 
ly 15 miles south of Chemult; and 


WHEREAS, for the purpose of ascertaining and determining 
the best and most available route, the Commission authorized the In- 
gineer to make an extensive study of all available routes and do 
such survey work as the Engineer deemed necessary in order to fur- 
nish the Commission information and data for consideration in the 
selection of a route between said points; and 


WHEREAS, said survey and study wes made by the Engineer, 
and the records, data and information filed in the Salem office ac- 
companied by the Engineer's recommendation as to choice of route; 
and 

WHEREAS, after a special investigation and inspection on 
the ground of the several proposed routes by the Commission and aft- 
er due consideration of all of the information and date submitted by 
the Ingineer, the Commission has selected and designated the route 
hereinafter defined and described: . 


NOW, T.EREFORE, BE IT AND IT HEREBY IS RESOLVED by the Com- 
mission, all members being present and affirmatively participating, 
as follows: 


1. That the route and alignment of The Dalles-California 
Highway between Modoc Point and a point approximately 15 miles south 
of Chemult be and the same hereby is modified and changed and said 
section of said highway is relocated along and shall hereafter fol- 
Yow the following location and route, to wit: 


Beginning at a point in the present The Dalles- 
California Highway which is located in the Southwest Corner 
of the Southeast Quarter of Section 15, Township 36 South, 
Range 7 East, W. M.; said point being what is locally mown 
as Modoc Point; thence in a northerly direction, keeping to 4 ¢ 
the easterly side of the S. P. Company's railroad right of way 
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(Minor Betterment Budget for Secondary Highways, cont.) 
(Carried forwara trom previous page) $42,259 
Construction Projects and Work 


ordered by 
the Commission, including the following: 


Woodburn-Mt. Hood Highway 
Add surfacing material from Colton to Springwater 
and from Eagle Creek to Sandy 


Hillsboro-Woodburn Highway 
10 miles of nonskid between Newberg and Woodburn 
Add Shoulder Rock. 


Cascade Highway 
Nonskid slippery curves between Clackamas County 
Line and Silverton 
Add Shoulder Rock 


North Santiam Highway 
Nonskid slippery curves between Aumsville & Mehama 
Add new Shoulder Rock 


Silver Creek Falls Highway 
4 miles of nonskid from Salem to Cottage Farm 
Add Shoulder Rock 


Sams Valley Highway 
3.6 miles of Dust Palliative 


Adrian-Parma Highway 
2.53 miles of SC-2 
Add pitrun gravel to stabilize 


Lexington-Echo Highway 
8 miles of 0-30 


Joseph-Wallowa Lake Highway 
5.7 miles of 0-30 


Shaniko-Fossii Highway 
Add fine surfacing material 


Starkey Highway 


Reconstruction of 1.1 mi. line change to 
eliminate reconstruction of three bridges 


TOTAL 
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Junction and a point at or near Klamath Agency has been thrown 
open for public use, then the section of The DallesCalifornia 
Highway along the existing route and lying between Modoc Point 
and the Klamath Agency shall thereafter be dropped from the state 
highway system and shall no longer be considered a part of The 
Dalles—California Highway, but said highway shall be left to re- 
vert to the County Court and become a county highway or be aban- 
doned altogether as a public highway, and should said highway be 
abandoned as a public highway, then the Ingineer is authorized 
and directed to erect such barricades as may be necessary to pro- 
tect the traveling public using the newly established highway from 
being diverted to the old or abandoned highway. 


7. Until the entire newly located section of The Dalles- 
California Highway has been constructed and thrown open for travel 
the section of the existing The Dalles-California Highway between 
a point at or near Klamath Agency and the northerly terminus of the 
newly located highway shall remain as a part of ihe Dalles-Califor- 
nia Highway and be maintained as such. 


8. That this resolution be entered in the minutes and 
records of the Commission and a duly certified copy thereof de- 
livered to the following parties: County Court of Klamath County 
and the United States Bureau of. Public Roads. 


The Commission discussed the letter of Mr. H. Douthit, Oregon City, 
in regard to construction and maintenance of «4 stairway leading from Water 
Street, in Oregon City, down to his boat moorage at the foot of Eleventh 
Street. Mr. Douthit advises that he has maintained the stairway at this lo- 
cation for a number of years for the accommodation of people who use his 
boat facilities, but the stairway was wrecked in connection with highway im- 
provement at this point and the engineer in charge refuses to reconstruct the 
same because it will create a hazard to automobile traffic when the highway 
is completed. 


Chairman Cabell stated that he made a personal inspection of the 
premises, and, in his estimation, it would be inadvisable to permit Mr. 
Douthit to maintain the stairway at this point because it would encourage 
pedestrians to cross the highway, which would, no doubt, result in fatalities 
when the highway is opened for public use. Furthermore, it would encourage 
the parking of automobiles at this location and thereby interfere with the 
free use of the highway by other traffic. He gave as his thought that Mr. 
Douthit's request should be denied. Commissioners Aldrich and Tou Velle con- 
curred in the viewpoint of Chairman Cabell, and it was so ordered. 


The Secretary presented a letter from the Multnomah Industriel 
Health Association advising that it will be necessary, beginning January l, 
1938, to increase the monthly contributions from $1.75 per month to $2.00 
per month for the individuals employed by the State Highway Commission to re- 
ceive the benefits of group insurance in that association. The Commission 
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to a point in the Northwest Quarter of the Southeast Quarter 
of Section 21, Township 35 South, Range 7 East, said point 
being nezr the place locally known as the Southern Pacific 
Company's railroad station "Lobert"; thence continuing 
northerly, crossing the Southern Pacific Company's main line 
railroad, near said "Lobert" railroad station, and crossing 
the Williamson River at a point located in the Southeast 
Quarter of the Northeast Quarter of said Section 21; thence 
continuing northerly to a point near the Southwest Corner of 
Section 34, Township 35 South, Range 7 East; thence in a 
northeasterly direction to a point near the Northeast Corner 
of said Section 34; thence northerly to a point near the 
Wiest Quarter Corner of Section 1, Township 33 South, Range 7 
East; thence northerly to a point in the present The Dalles- 
California Highway in the Southeast Quarter of the Southeast 
Quarter of Section 24, Township 29 South, Range 7 Bast, W.M., 
said point being approximately 13.0 miles south of Chemult. 


2. That said above relocated line and location shall be 
and the same hereby is duly adopted and designated as the section of 
The Dalles-California Highway between said termini. 


3. That the portion of said route located between Modoc 
Point and Williamson River Junction shall be anc the same hereby is 
placed upon the program for immediate construction and the Mgineer 
hereby is authorized to prepare the necessary plans and specifica~ 
tions for the Commission's approval and for the necessary procedure 
with respect to a call for bids. 


4. That the Crater “ake Highway from its connection with 
The Dalles-California Highway on the existing route at or near Klam- 
ath Agency be and the same hereby is extended to connect with The 
Dalles-California Highway as now relocated, which connecting point 
shall be at or near the Williamson River Junction, and that said sec- 
tion of the said Crater Lake Highway be and the same hereby is placed 
upon the program for immediate consti uction, and the State Highway In- 
gineer hereby is authorized to prepare the necessary plans and speci- 
fications for the improvement of said highway, and shall submit said 
plans and specifications to the Highway Commission for its approval 
and for the necessary procedure calling for bids for said improvement. 


5. That the section of said new alignment lying between 
the said Williamson River Junction and the northerly terminus there- 
of, which is a point approximately 15 miles south of Chemult, shall 
not be improved at this time but shall be placed on the state high- 
way program for construction in the future when funds are available 
therefor. 

6. After the said relocated section of The Dalles-Califor- 
nia Highway between Modoc Point and Williamson River Junction has 
been constructed and is thrown open for public use and after the 
said extension of the Crater Lake Highway between Williamson River 
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Division IV 
Total Allocation - $5,220 


List of Proposed Projects: 


Oasis at Brothers Bend-Burns Highway 
(Exclusive of well - needed for Maintenance Houses 
to be located here) Total ¢$ 5,260 
Division V 


Total Allocation - $7,580 
List of Proposed Projects: 
Entrance to Pendleton Oregon Trail Highwey $ 6,580 
(River Bottom Lands, inclusive of water mains) 
LaGrande Underpass 
LaGrande-Island City Section 1,000 
Total $ 7,380 


Grand Total $36,080 


The Commission considered the matter of acquiring additional right 
of way for the East Portland-Oregon City Highway just north of the Abernethy 
Creek Bridge at Oregon City, as has been urged by certain interests of Oregon 
City. The Commission decided that the present right of way is sufficiently 


wide for highway purposes. 


The Commission by unanimous vote adopted the following resolution 
abandoning as a state highway route the old route of the Pacific Highway West 
through the city of McMinnville, which has been replaced by reconstruction of 
the highway on new alignment: 


WHEREAS, in order to afford a better alignment and a more 
satisfactory, safe and convenient highway for the traveling public 
the Commission found it necessary to relocate a portion of the Pa- 
cific Highwey West in Yamhill County, Oregon; and 


WHEREAS, by reason of said relocation and reconstruction 
of said section of highway there was eliminated and made unneces- 
sary as part of the completed highway a certain section or part 
thereof, which section or part is more specifically defined and des- 
ignated hereinafter in this resolution; and 


WHEREAS, it is the judgment and opinion of the Commissim 
that there should be recorded in the minutes and records of this 
Commission the surpose and plan of the Commission to abandon as a 
part of the state highway system the fragment or portion of right 
of wey hereinafter designated and heretofore included within the 
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approved such increase on the same basis as that on which ‘t approved similar 
increases by the National Hospital Association and the Physicians and Sur- 
geons Hospital Association at the previous meeting. 


The Commission discussed a letter, dated November 24, 1937, from 
the Attorney with respect to the disposition of cases in Coos County involv- 
ing the overloading of equipment in log-hauling operations. The Commission 
decided to handle these cases in accordance with the arrangement effected 
with the Department of State Police and the Public Utilities Commissioner, 
and so ordered. 


The Commission had under discussion a letter from Dooly & Company, 
Portland, agents for the General Insurance Company of America, which has 
been carrying the insurance for the city of Portland on the frame bridges 
known as the Newberry Street Bridge and the Vermont Street Bridge on Barbur 
Boulevard, Portland, inquiring, since these bridges have been taken over by 
the State Highway Department, whether or not the Highway Commission wishes 
to continue this insurance and will pey the premium therefor, which amounts 
to $987.84 for the three-year period ending June 12, 1940. The Mngineer sug- 
gested that the state assume the payment of this premium, if that can be 
done legally. The Attorney advised that the Commission does not have legal 
authority to spend state funds for such purpose. The Commission thereupon 
instructed the Secretary to inform Dooly & Company of the circumstances and 
to advise them that, in view of the Attorney's opinion, it will be necessary 
to let the insurance lapse. 


The Commission considered and by unanimous vote approved the follow- 
ing allocations of Federal Aid Highway Roadside Improvement Funds for the fis- 
cal year 1938: 


Divisions I and II 
Total Allocation - $17,000 


List of Proposed Projects: 


Rex Hill-Newberg Section Pacific Highway West 
McMinnville Section * * " 


Pringle Creek-Illahe School Pacific Highway East 
Shedd-Halsey Section " " sd 


Total 


Division IIT 
Total Allocation - $6,480 


List of Proposed Projects: 


Ashland Undercrossing Section Pacific Highway 
Junction City-Eugene a ud 


Total 


In addition to the foregoing description of said abandoned right 
of way there is attached hereto a blueprint or map, marked “Ex- 
hibit 'A'", and by this reference made a part hereof, upon which 
map there is shown shaded in orange the abandoned section of said 
highway, which exhibit for identification purposes bears the sig- 
natures of F. D. Eason, Division Engineer, H. G. Smith, Construc- 
tion Engineer, and R. H. Baldock, State Highway Engineer, and 
bears date of November 5, 1937. * 


3. In the event there remains any physical connection 
between any portion of said abandoned right of way or highway and 
the present highway, and by reason of such physical connection 
traffic from the existing highway may enter or use the said aban- 
doned portion of the old road to the possible damage or injury of 
such traffic by reason of any unsafe condition existing with re- 
spect to said old or abandoned road, then the State Highway Ingi- 
neer is hereby euthorized and directed to erect such barricade or 
other safeguards as may be necessary to protect and sefecuard traf- 
fic using and employing said newly located, constructed and dedi- 
cated section of said state highway. 


4. This resolution shall be entered in the minutes and 
records of the Commission and a certified copy thereof promptly 
delivered to the County Court of Yamhill County, together witha 
copy of said exhibit or map, and a copy of said resolution, to- 
gether with said map, shall be delivered to the Mayor of the City 
of McMinnville, for such action as said County Court may desire 
to take with respect to said fragment of land and for such action 
as the city of McMinnville may desire to take with respect to 
said city streets, and should said abandoned portion of the high- 
way be further employed for public or private highway purposes, 
such use shall be entirely under the control and supervision of 
the County Court of Yamhill County and/or the municipal authori- 
ties of the city of McMinnville, and the same shall be beyond any 
responsibility or supervision by the State Highway Commission. 


The Commission also adopted the following resolution by unanimous 
vote, abandoning as a state highway a portion of the Muddy Creek-Pringle Cor- 
ner Section of the McMinnville-Tillamook Highway, in Yamhill County, which 
section is no longer of value as a state highway, since the highway has been 
reconstructed on new alignment: 


WHEREAS, in order to afford a better alignment and a more 
satisfactory, safe and convenient highway for the traveling public, 
the Commission found it necessary to relocate a portion of the Muddy 
Creek-Pringle Corner Section of the McMinnville-Tillamook Highway in 
Yamhill County; and 


WHEREAS, by reason of said relocation and reconstruction 
of the said section of said highway there was eliminated and made 


* Map filed in Right of Way Abandonment and Retention File - No. 48 
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area of the right of way of the highway as formerly located, im- 
proved and used; and 


WHEREAS, in connection with the relocation of said high- 
way there was accomplished a change in the point of entrance of 
the highway into the city of McMinnville from the north and there 
was likewise accomplished the rerouting of state highway traffic 
over other end different streets than those over which traffic 
using the old location was routed: 


NOW, THEREFORE, the premises being in general as above 
stated, it hereby is resolved by this Commission, a majority of 
members being present end affirmatively participating, as fol- 
levis: 


1. That the fragment of land confined within the area 
hereinafter described, which fragment of land was formerly within 
the limits of the right of way of the Pacific Highway West imme~ 
diately north of the city of McMinnville, but which is now with- 
out the limits of said right of way as said highway has been re- 
located and constructed, be ard said fragment of land is aban- 
doned as a part of the right of way of said highway, and that 
part of said right of way so abandoned and which is outside of the 
corporate limits of the city of McMinnville is left to revert to 
the adjoining or abutting property owners or to the control or su- 
pervision of the County Court of Yamhill County for highway and/or 
other public purposes, and those streets of the city of McMinnville 
over which highway traffic was formerly routed before said highway 
was relocated are hereby abandoned as streets over which state 
highway traffic is directed by the State Highway Commission to move 
and seid streets hereby are relieved of any burden imposed thereon 
by the State Highway Commission and are left to revert to the ex- 
elusive control and jurisdiction of the municipal authorities of 
the city of Mcidinnville. 


2. The fragment of land or right of way hereby abandoned 
and eliminated from the state highway system and the streets over 
which state highway traffic formerly was routed are described as 
follows, to wit: 


All that portion of the existing highway right of way 
lying southerly of the reconstructed highway situated in 
Sections 15, 16 and 21, Township 4 South, Range 4 West. 


Beginning at the intersection of Baker Street and 
Third Street in the city of McMinnville; thence East along 
Third Street to "J" Street; thence North along "J" Street 
to Lafayette Avenue; thence northeasterly along Lafayette 
Avenue to the north city limits of McMinnville; thence 
northeasterly to Pngineer's Station 61+85.4 of the recon- 
structed center line of said highway. 
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reason of any unsafe condition existing with respect to said old 
or abandoned road, then the State Highway Engineer is hereby au- 
thorized and directed to erect such barricade or other safeguards 
as may be necessary to protect and safeguard traffic using and 
employing said newly located, constructed and dedicated section 
of said highway. 


3. That this resolution be entered in the minutes and 
records of the Commission and a certified copy thereof promptly 
delivered to the County Court of Yamhill County, together witha 
copy of said exhibit or map, for such action as said County Court 
may desire to take with respect to said fragment of land, and 
should said abandoned portion of the right of way of said highway 
be further employed for public or private highway purposes such 
use shall be entirely under the control and supervision of the 
County Court of Yamhill County and beyond any responsibility or su- 
pervision by the State Highway Commission. 


The following resolution abandoning portions of the Columbia River 
Highway, in Multnomah County, aud retaining other portions of said uigh- 
way, which has been reconstructed on new alignment, was adopted by the Com 
mission by unanimous vote: 


WHEREAS, in order to afford a better alignment and 4 more sat- 
isfactory, safe and convenient highway for the traveling public, the 
Highway Commission found it necessary to relocate portions of the 
Lower Columbia River Highway in Multnomah County; and 


WHEREAS, by reason of said relocation and reconstruction of 
said section of said highway there has been eliminated from the main 
traveled portion of said highway certain sections or fragments of 
land, which said sections or fragments of land are more specifical- 
ly defined and described hereinafter in this resolution and are re- 
flected on blueprints, marked "Exhibit 'A'" and "Exhibit 'B'", a 
copy of each of which is attached hereto and made a part hereof; and 


WHEREAS, while certain portions of the section hereinafter de- 
scribed as the parcel to be retained and shown in orange on the at- 
tached prints are not required for use as a part of the main or 
traveled section of the highway, nevertheless the same are required, 
can be used, and are essential for other public uses in connection 
with said highway; and 


WHEREAS, 2¢ is the judgment and opinion of the Commission that 
there should be recorded in the minutes and records of the Commission 
its purpose and plan to preserve for public use in connection with 
said highway the fragment or parcel of land hereinafter described as 
the parcel to be retained and shown in orange on the attached prints; 
and 
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unnecessary as a part of the permanent highway a certain section or 
part thereof, which section or part is more specifically defined and 
designated hereinafter in this resolution; and 


WHEREAS, it is the judgment and opinion of the Commission 
that there should be recorded in the minutes and records of the Com- 
missicn its purpose and plan to abandon ss a part of the said state 
highway the fragment or portion of right of way hereinafter desig- 
nated and heretofore included within the area of the right of way 
of seid highway as formerly located, improved and used; 


NOW, THEREFORE, the premises being in general as above 
stated, it hereby is resolved by this Commission, all members being 
present and affirmatively participating, as follows: 


1. That the fragment of land confined within the area 
hereinafter described, which fragment or parcel of land was former- 
ly within the limits of the right of way of the Muddy Creek-Pringle 
Corner Section of the McMinnville-Tillamook Highway, in Yamhill 
County, but is now without the limits of the right of way of said 
highway as said highway has been relocated and constructed, be and 
said fragment or parcel of land or portion of the old right of way 
is abandoned as a part of the right of way of said highway, and 
said fragment or parcel of land or old right of way is, so far as 
control and supervision by this Commission is concerned, eliminated 
and left to revert to the adjoining and abutting property owners or 
to the control and supervision of the County Court of Yamhill Coun- 
ty for highway or other public purposes as the Court may determine. 
The fragment or parcel of land affected by this resolution is de- 
fined and described as follows, to wit: 


All of that portion of the old McMinnville-Tillamook 
Highway right of way lying on each side of the required 
right of way for the reconstructed highway between Engi- 
neer's center line Station 237+50 and Station 3827150. 


The location of suid abandoned right of way may be more definitely 
and particulariy ascertained and determined by reference to a map 
or blueprint, marked"Exhibit 'A'", attached hereto and by this ref- 
erence made a part hereof, which said exhibit for identification 
purposes bears the signatures of F. D. Eason, Division Engineer, 

H. G. Smith, Construction Engineer, and R, H. Baldock, State Highway 
Engineer, and is dated the 5th day of Nevember, 1937, upon which map 
or exhibit there is reflected the above described parcel of land by 
showing the same shaded in red. * 


2. In the event there remains any physical connection be- 
tween any portion of said abandoned right of way or highway and the 
present highway, and by reason of such physical connection traffic 
from the existing highway may enter or use the said abandoned portion 
of the old road to the possible damage or injury of such traffic by 


# Map filed in Right of Way Abandonment and Retention File - No. 49 
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3. In addition to the foregoing descriptions of said 
fragments or parcels of land there are attached hereto prints 
marked "Exhibit 'A'" and "Exhibit 'B'™, which by this reference 
are made a part hereof, and upon which maps there is shown shaded 
in orange the parcel of land to be preserved for public purposes, 
and upon which maps there are shown shaded in yellow the abandoned 
sections of said right of way. Said exhibits for identification 
purposes bear the signatures of E. A. Collier, Division Ingineer, 
H. G. Smith, Construction Engineer, and RK. H. Baldock, State High- ri 
way Engineer, and bear date of November 15, 1957. # _e 


4. In the event there remains any physical connection oe 
between any portions of said abandoned right of way and the pres— - 
ent highwey, and by reason of such physical connection traffic : 
from the existing highway may enter or use the said abandoned . 
portions of the old road to the possible damege or injury of such ee 
traffic by reason of any unsafe condition existing with respect if 
to the said old or abandoned sections, then the State Highway En- 
gineer is hereby authorized and directed to erect such barricade 
or other safeguards as may be necessary to protect and safeguard 
traffic using and employing said newly located, constructed, and 
dedicated section of said state highway. 


5. That this resolution be entered in the minutes and 
records of the Commission and a certified copy thereof promptly 
delivered to the County Court of Multnomah County, together with 
a copy of said exhibits, for such action as said County Court 
may desire to take with respect to the fragments of land to be 
abandoned, and should said abandoned portions of the right of way 
of said Lower Columbia River Highway be further employed for pub- 
lic or private highway purposes such use shall be entirely under 
the control and supervision of the County Court of Multnomah Coun- 
ty and beyond any responsibility or supervision by the State High- 
way Commission. 


6. The Engineer hereby is instructed to properly and 
completely mark on the ground the boundaries of the fragment of 
land to be retained for right of way and other purposes by the 
Highway Commission by erecting and maintaining thereon proper 
monuments or posts upon which shall be inscribed the words "State 


Property". 


The Engineer requested authority to purchase one central callbox 
at an estimated cost of $60.00 for use in connection with tunnel lignting. 
The Commission approved the request by unanimous vote. 


The Commission considered and ordered filed letters from the Port— 
land City Council and the Portlend Association of Building Owners and Mana— 
gers, urging the expenditure of state highway funds for the purpose of reliev- 
ing traffic congestion on the west side of the Willamette River, in Portland. 


# Tap filed in Richt of May Abandonment ami Retention File No. 50- 
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WHEREAS, it is the judgment and opinion of the Commission 
that there should be recorded in the ainutes and records of this 
Commission the purpose and plan of the Commission to abandon as 
parts of the state highway system certain portions of the highway 
eliminated from the main traveled portion of said highway, which 
sections are made unnecessary as a part of the completed highway 
and are shown in yellow on the attached prints; 


NOW, THEREFORE, the premises being in general as above stated, 
it hereby is resolved by this Commission, all members being pres- 
ent and affirmatively participating, as follows: 


1. That the fragment or parcel of land shown shaded in 
orange on the attached prints, portions of which heretofore were 
within the right of way proper of the Lower Columbia River High- 
way but which by reason of the relocation or realignment of said 
highway are now without the area improved and used by the travel~ 
ing public but are adjacent to and abut upon the said right of way 
and are needed for public use, shall be preserved by the Highway 
Commission in connection with the construction, improvement and 
maintenance of said highway or the use of the same, which said 
parcel is described as follows: 


All thet portion of the 01d Columbia River Highway 
right of way lying on both sides of the reconstructed 
center line of said highway from the west city limits 
of the city of Portland to the Columbia County line, ex- 
cept that portion of the old right of way lying on the 
southwesterly side of the required right of way for said 
reconstructed highway between Stations 54150 and 59+50, 
Stetions 210+00 and 219+50, and Stations 270+50 and 


279+00. 


2. That the fragments of land confined within the areas 
hereinafter described and designated as the parcels of land to be 
abandoned, which fragments were formerly within the limits of the 
right of way of the Lower Columbia River Highway, be and said frag- 
ments of land are abandoned as parts of the right of way of said 
highway and said fragments or right of way are, so far as control 
and supervision of this Commission are concerned, left to revert 
to the adjoining and abutting property owners or to the control 
and supervision of the County Court of Multnomah County. The frag- 
ments to be abandoned are described as follows: 


All that portion of the Old Columbia River Highway 
right of way lying on the southwesterly side of the re- 
quired right of way of the reconstructed highway lying be- 
tween Engineer's center line Stations 54+50 and 59+50, Sta- 
tions 210+00 and 219+50, and Stations 270+50 and 279+00. | 


(authorization of location surveys, continued: ) 


Roadside) ---  2-2811 - West Side Alsea Mountain, Alsea Highway. 
Fountain) lst authorizetion - $ 150.00 


Location =~ -- 226-2830 - Lombard-Sandy Boulevard Section, N.E.Portland Sec- 
ondary Highway. 5th authorization - $1,000.00 


Right of Way - - 19-2812 - Antelope Canyon Section, Klamath Fells-Lakeview 
Highway. lst authorization - $ 150.00 
Location - - - - 20-2824 - Hill Creek Bridge Section, Pacific Highway. 
2nd authorization - $ 100.00 
Location - - - - 26-2828 - Union Avenue-Denver Avenue Section, Pacific High- 
way. 3rd authorization - $1,000.00 
Location - - - - - 12-2810 - Dad's Creek Bridge, John Day Highway in Grant 
County. 2nd authorization - $ 100.00 


Location - - - - 113-2805 - Narrows South Section, Frenchglen Secondary High- 
way. 2nd authorization - $ 500.00 


The motion was duly seconded by Commissioner Tou Velle and was de- 
clared by Chairman Cabell to have carried by the unanimous vote of the Commis- 


sion. 


The Commission considered the following requests for extensions of 
time within which to complete highway construction projects: 


Berke Bros., Contract No. 1906, for grading and constructing 
two bridges on the Tunnel Section of the Old Oregon Trail, in Ba- 
ker County, requested an extension of time from May 31 to July 7, 
1937, within which to complete this job. They alleged that inclem- 
ent weather caused them to overrun the time limit specified in the 
contract. The Engineer advised that the reason given by the con- 
tractor for failure to complete th? project within the specified 
time limit is correct. He also said that the traveling public was 
not unduly inconvenienced by the delay. However, the state did in- 
cur some extra expense for engineering supervision, which, ordinar- 
ily, he would disregard, but in this particular instance the Buresu 
of Public Roads will not concur in his recommendation to that ef- 
fect, so he has no alternative put to recommend that the extension 
be granted with penalty, amounting to the engineering expense in- 
curred since the dete of completion specified in the contract. The 
Commission approved the recommendation by unanimous vote. 


Coos Bay Construction Company, Contract No. 1949, for grading 
the Elsie-Nehalem River Section of the Wolf Creek Highway, in 


DEC 1 1937 


— ‘ 
OO eee ee 


A letter from the Port Orford Chamber of Commerce, urging the Com 
mission to build the most durable, economical, and practical road to elimin- 
ate high water conditions south of Coquille, had the attention of the Commis-— 
sion. The Commission ordered the communication filed for future reference. 


The Commission considered and denied a request from F. R. Beals, 
Warrenton, Oregon, for cattle-pass construction under and across the Oregon 
Coast Highway at a point about eight miles north of the town of Seaside, 
there being no funds available to finance’ such construction and it being the 
thought of the Commission that the approval of such construction would es- 
tablish a precedent that would be difficult to avoid in passing on similar 
requests in the future. 


Letters were presented from C. R. Wilson and W. S. Park, Charlese 
ton, Oregon, in regard to the oiling of the Cape Arago Secondary Highway, in 
Coos County. The Secretary was instructed to reply that, due to uncertainty 
of funds, the Highway Commission hes not yet been able to arrange a program 
for next year's construction, but the oiling of the Cape Arago Road will 
have the Commission's consideration in the formulation of such program; fur- 
ther, that even if the Commission finds that it can do some work on this 
road, it is not likely that the entire section can be oiled. 


The Commission discussed matters pertaining to the proposed Albany 
railroad grade separation project. The Engineer advised that the city of Al- 
bany has not yet adopted ordinances with respect to the changes in the grade 
line of the city streets that will be affected by this improvement. The Com- 
mission thereupon ordered that no payments whatsoever for this improvement, 
including right of way, shall be made until such ordinances have been adopted 
by the City Council. 


The Engineer reported that in conformance with authority previously 
granted him by the Commission, he has ordered a number of surveys since the 
last meeting of the Commission. He presented the list of such surveys and 
asked the Commission to confirm the action. After due consideration, Commis-— 
sioner Aldrich moved that the State Highway Ingineer be authorized and in- 
structed to make such location svvveys on verious sections of the highways 
of this state, which said sections of highways, together with their identify- 
ing survey numbers and the amounts authorized and allocated for survey ex- 
penditures, are as follows: 


Location - - — - 34-2818 — Multnomah County Line-South Section, Pacific 
Highway. lst authorization - $1,600.00 


Location - - - - 34-2817 - Sunset Camp-Sunset Tunnel Section of the Wolf 
Creek Highway lst authorization - § 300.00 


20-2826 ~ Siuslaw Junction-Ross Station Section, Pacific 
Highway. lst authorization - § 200.00 


Stock Pile - - -— 6-2815 - Bendon-Port Orford Section, Oregon Coast Highway. 
lst authorization - $ 250.00 


(Continued a next page) 
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The Engineer reported that contracts Nos. 1959, 1964, and 1970, 
for the construction of state highway projects, have been completed accord- 
ing to the requirements of the contracts or modifications thereof and that 
said jobs are now ready for acceptance. 


The following resolution accepting the above projects was offered 
and was adopted by the unanimous vote of the Commission: 


WHEREAS, the Ingineer has reported that the following 
State Highway Commission contracts for the construction of state 
highway projects have been completed according to the terms and 
provisions of the contracts and that said jobs are now ready for 
acceptance: 


Contract No. 1959, with Washington Asphalt Company, 
for surfacing and oiling the Stanfield-Pendleton Section 
of the Old Oregon Trail, in Umatilla County. Completed 
September 11, 1937. 


Contract No. 1964, with Homer G. Johnson, for fur- 
nishing crushed rock in stock pile on the Myrtle Point- 
Mystic Creek Section of the Coos Bay-Roseburg Highway, 
in Coos and Douglas Counties. Completed October 4, 1937. 


Contract No. 1970, with Harold Blake, for furnishing 
crushed rock on the Salmon River, Mcldinnville-Tillamook, 
and Dallas—Coast Highways, in Polk and Yamhill Counties. 
Completed September 15, 1957. 


THEREFORE, BE IT RESOLVED that the work covered by said 
state highway contracts for the construction of said state highway 
projects be declared completed according to the terms of the re- 
spective contracts, and said jobs are hereby accepted and final 
payment in connection with each is hereby authorized. 


The Commission considered and signed agreements, et cetera, as fol- 
lows: 


Agreement with Multnomah County Drainage District providing 
for the drainage of certain property adjacent to and south of the 
district by providing for the drainage water to be carried across 
the Columbia River Highway, near Portland. (igreement dated No- 
vember 30, 1937.) 


Agreement with Virginia A. Hickey et vir disposing of their 
claim arising out of the reconstruction of the Mt. Hood Highway 
in front of their premises at Brightwood. (Agreement dated Novem- 


ber 30, 1957.) 
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Clatsop County, requested an extension of time from December 15, 
1957, to June 15, 1958, within which to complete this job. Ther 
alleged that their failure to complete the project within the 
specified time limit was due to umusually inclement weather encow- 
tered during the spring of 1957; also, that it is impracticable to 
move earth materials during the winter season, so they are asking 
that the contract completion date be extended to next spring, which 
will give them sufficient time to complete the job after weather 
conditions become normal. The Engineer advised that the contractor 
has encountered considerable difficulty during the last several 
mouths in handling the rock excavation in a certain big cut just 
west of the Nehalem River and he does not anticipate that the cut 
will be completely excavated until the latter part of February of 
next year, there being some 50,000 yards of materials yet to be 
moved. He pointed out that the finishing work cannot be done until 
next spring when weather conditions are favorable for suchwrk; al~ 
so, that recent rains have caused numerous slides which will have 
to be removed before the finishing work can be accomplished. He 
recommended, in view of the circumstances, that, the extension re- 
quested be granted but that the contractor be required to pay the 
extra engineering expense that the state will incur by reason of the 
overrun of the time limit, over and above the cost of the engineer- 
ing that would be required in connection with the supervision of the 
extra work involved. He presented a letter from the Bureau of Pub- 


lic Roads concurring therein. The Commission approved the recommen- 
dation by unanimous vote. . 


Washington Asphalt Company, Contract No. 1959, for surfacing 
and bituminous mecadam construction on the Stanfield-Pendleton Sec- 
tion of the Old Oregon Trail, in Umatilla County, requested an ex- 
tension of time from August 51 to September 15, 1957, within which 
to complete this contract. The Ingineer advised that the contractor 
overran the time limit only 15 days and that he previously recon- 
mended to the Commission the granting of the extension of time with- 
out penalty. However, the Bureau of Public Roads will not concur in 
the recommendation and demands that a penalty be imposed, amounting 
to about $275.00, which represents the expense that the state has 
incurred for engineering supervision subseqtent to the expiration of 
the time limit specified in the contract. He also said that he is 
still of the opinion that the contractor should not be penalized, 
regerdless of how the Bureau of Public Roads officials feel about 
it, and inquired whether or not the Commission would assume this ex- 
tra engineering expense in the event that he is unable to get the 
Bureau of Public Roads to alter its decision. After some discussion, 
the Commission decided unanimously to pay the final estimate on this 
job without penalizing the contractor for overrunning the time limit 
and to assume the extra engineering expense in the event the Bureau 
of Public Roads will not reimburse the state for such amount. The 
extension of time requested was approved by the Commission unanimous- 
ly on such basis. 
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Portland, Oregon, December 21, 1937. 


The State Highway Commission met in regular session at 9:00 otlock 
a. m. in Room 204, Benson Hotel. Present were: 


Henry ¥. Cabell, Chairman 

E. B. Aldrich, Commissioner 

F. L. Tou Velle, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


The Commission by unanimous vote approved the minutes of the meet— 
ings held on June 17 and 18, July 8, July 28 and 29, 1937. 


The Engineer requested authority to acquire certain parcels of 
real property that are needed for various highway improvements throughout 
the state. He submitted a list of such properties with prices that he rec- 
ommended be paid for each. After careful consideration, the Commission ap~ 
proved the request and by unanimous vote adopted the following resolution 
relative thereto: ? 


WHEREAS, in connection with the further improvement of 
the highways hereinafter designated, it is and has been necessary 
to acquire property for right of way, quarry sites, gravel or . 
other material sites, or sites for the storage of materials, as 
hereinafter more definitely set forth; and 


WHEREAS, as a result of negotiations carried on with the 
owners of the property required, options have been obtained,which 
options have been considered by the Commissior, outlining the ba- 
ses of settlement which have been agreed upon; and 


WHEREAS, it is the judgment of the Commission that the 
said options should be approved and accepted, and/or the said re- 
ports be declared acceptable to the State Highway Commission as 
bases of settlement for the properties involved, and that the ac- 
quisition of the properties should be completed: 


NOW, THEREFORE, BE IT RESOLVED that the several offers, 
or bases of settlement hereinafter enumerated be, and the same 
hereby are, approved and accepted, and that the Attorney for the 
State Highway Commission be, and he hereby is instructed to com- 
plete the acquisition of the said properties and to take title 
thereto in the name of the State of Oregon. The said properties 
hereby ordered and authorized to be acquired are as follows: 


Section, Hwy., and Owner Purpose Acres Approximate Amounts ‘Agent 


Shuttler Flat-Condon Section ~ John Highw 
5388-California Lands, Inc. Quarry 2.86 $50 per a. plus move Wells 
ing fence 
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Permit authorizing Frank Forth to construct a trestle foot- 
bridge at Station No. 522+00 on the Wall Creek-Siskiyou Section 
of the Pacific Highway, in Jackson County. 


Bargain and sale deed conveying unto the city of Nor*h Bend 
3.51 acres of land at the south end of the Coos Bay Bridge. 


The Commission set Thursday and Friday, January 6 and 7, 1938, as 
the date for its next regular meeting for the receiving of bids. The Secre- 
tary was instructed to make the usual arrangements to hold this meeting in 
the Auditorium of the Public Service Building, Portland. 


There being no further business to come before the Commission at 
this time, the meeting was adjourned at 4:00 o'clock p. m. 


) 
/ 


7 oF 
State Highway Ingineer 


thy Ch tige yr 
Secretary 
ZL ‘ 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Deschutes County - Centr, egon Hi 


5179-Helfrich, John Oasis and Main- 
tenance Site 5.90 $4 per a. plus $35 McChesney 


Sunset _Tunnel-Buxton Section - os Creek Highway 
5229-Reed, Edward C. 12.71 $15 per a. McChesney 


5233-Nelson, Nels P. "- 1.90 $15 per a. " 
5226-Murphy, Edw. T. " 0.33 Lump Sum @1 " 
5252-Shute, John W. Estate " 5.56 $15 per a. " 
5234-Sullivan, F. J. " 8.4 $15 per e. " 


Sunset set Tunnel Section — Wolf Creek Highwa 

5220-Sunset Logging Company R/W 19.38 $20.00 per a. Collins 
Medford-Central Point Section - Pacific Highw: 

458-Lewis, Edward L. Estate R/W 1214 sq.ft. Lump Sum $40 DeSouza 


Shelton Ranch-Flora Junction — Lewiston-Mmterprise Highway 


5779-Ralls, R. M. R/W 9.15 3.0 a. at $25 per a. 
(Correction) 6.15 a. at $10 per a. 
plus fencing $400 
plus $400 McCallister 
Hill Creek Bridge Section - Pacific Highway 
5508-Ziniker, Rosina Gravel Pit and 5 year Lease-3¢ per 
Haul Road cu.yd.for material 


taken from old pit, 
and 5¢ per cu.yd. 
from new pit ‘ytLe 


The Commigsion had under consideration the acquisition of a ceriain 
rock pinnacle, known as Rooster Rock, on the Upper Columbia River Highway, for 
park and right of way purposes. The Attorney advised that the Columbia River 
Packers Association, Inc., which owns this property, demands the sum of 
$10,000 for the same because of its value as a source of rock supply for wing 
dam construction in the Columbia River and for jetty construction at the mouth 
of this river, there being a scarcity of suitable rock for such purposes, but 
they are willing to accept payment in three annual installments. He further 
stated that the Association is asking practically nothing for the right of way 
and that the $10,000 offer might be considered as payment for the portion that 
is included in the park area, amounting to some 35 acres. He inquired wheth- 
er the Commission is interested in the acquisition of this property in view 
of its value from the recreational and scenic standpoint. After considerable 
discussion and. in view of the fact that this rock is very valuable as a scenic 
attraction for tourists and would undoubtedly be destroyed if not acquired by 
the state, because of the scarcity of suitable rock supplies for wing dam and 
jetty construction, the Commission voted unanimously to accept the offer with 
the understanding that the purchase price would be paid in three annual in- 
stallments and that interest would not be paid on the deferred payments. The 
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Section, Hwy., and Owner Acres 


Purpose 


Kin Junction 
5307-Loomis, Joseph M. 


5311-Loomis, Joseph M. Talus Pit 1.76 


5375-Butte Creek Land,Live- Talus Pit and 


Approximate Amounts 


te Creek Ranch - Jo 
0.85 Lump Sum $10 plus 


Agent 


Wells 
$75.20 

1.44 a. at $40 per a. 

0.32 a. at $100" " " 


stock & Lumber Co. hauling road 
easement 2.75 Lump Sum $75 " 
5306-Federal Land Bank of R/W 4.91 $120 per a. plus 
Spokane (I.A.Johnson) $1026.56 " 
530GA-Federal Land Bank of 
Spokane (G.W.Griffith) " 1.77 $125 per a.plus $678.75 
5310—Johnson, I. A. " 1.52 Lump Sum $20 plus 
$116.50 
er Section - Oregon Coast hwe: 
4580-Douglas National Bank Stock Pile 0.51 1} yr.Lease at 420 
per year Benson 
Siskiyou Summit—Californie State Line - Pacific Highwa 
5453-Long, James I. R/w 0.7086 $10 per a. a 
5454-Dieu, Emil Joseph " 21.93 $10 per a. n 
Three Rivers-Hebo Section — McMinnville-T k Hi, 
5389-Lewallen, Ellen Stock Pile 1.05 Lump Sum $150 Collins 
Salem-Twelfth Street Junction - Pecsite Highway Fast 
5402-Baker, Frank A. 0.54 $500 per a.plus $117 
McCallister 
Siletz River-Newport Section - Oregon Coast Highway 
5481-Green, Clarice A. and 
Johnston, Howard T. R/W 8750 sq.ft.4¢ per sq.ft. McCallister 
4065-Berg, J. J. " 3.535 $300 per a. n 
North Fork of John River Section - John Day Highwa 
5278-Grant County RV 0.58 Gratis Wells 


Klamath County - Green ss Highwey 
4505-Weyerhaeuser Timber Co. Stock Pile 1.29 


Astoria Section - Columbia River Highway 
§395-Jorgusen, Lena L. 908 sq.ft. Lump Sum $50 


5 year Lease-Gratis Mcvhesney 


Collins 

Banks-Forest Grove Sect. - Nehalem Highwa 

§499-Vandehey, George R/W 0.52 $150 per a. McChesney 
Al ction - Pacific East 
4967~Schlehuber-Eleonora 7657 sq.ft. $1200 Lump Sum Gardiner 
4977-Albany Door Company " §8080 sq.ft. 5¢ per sq.ft. " 
4978-Duncan, Gertrude " 4840 sq.ft. 7¢ per sq.ft. plus 

$2161.20 
4954—Miller, A. A. " 4400 sq.ft. $500 plus $2750 “ 
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Eagle Creek-Cascade Locks Section of Columbia River Highway 
J. B. Laber 
P. J. McGowan and Sons 
West Portland-Cooke Crossing Section of West Portland-Hubbard 
Highway 
W. F. Schamoni and Ben H. Jacques 
South Marshfield Section of Oregon Coast Highway 
H. W. Ostorne et al 
Elmer Newton 
Albany Overcrossing Section of Pacific Highway East 
J. F. Howard 


as their respective interests may appear, and this Commission does 
hereby declare further that the said property or properties are nec- 
essary, are needful, and the acquisition thereof will be of advan- 
tage to the State of Oregon for right of way purposes in order to 
make it possible for the State Highway Commission to properly lo- 
cate, construct, and maintain said portion or portions of the said 
state highway system in eccordance with standards adopted by this 
Commission relative to curvature, grades, alignment, drainage, and 
factors of safety. 


2. That the State Highway Engineer te and he hereby is 
instructed and directed to properly survey the parcel or parcels 
of land required for such right of way purposes and prepare prop- 
er and adequate descriptions thereof, which descriptions shall be 
employed in the preparation of a deed or deeds or other instrument 
or instruments necessary to complete the acquisition of the said 
property or properties or which descriptions may be used in the 
preparation of a complaint in the event that condemnation proceed- 
ings are necessary. 


3. That the boundaries of the said parcel or parcels 
of land, as defined and determined by the said survey made by the 
said Highway Engineer, along the route or location adopted by the 
Highway Commission, shall be and the same hereby are adopted and 
the lands defined therein are hereby declared to be and the same 
are included within the rights of way of the said portion or por- 
tions of the said state highway system and hereby are declared to 
be necessary for the proper location, improvement, construction, 
and maintenance of the said portion or portions of the state high- 


way system. 


4. That I. H. Van Winkle, Attorney General of the State 
of Oregon, and J. M. Devers, Assistant Attorney General and Attor- 
ney for the State Highway Commission, be and they are hereby re- 
quested, authorized, and directed to attempt to agree with the own- 
er or owners and/or with the tenants or persons in possession, if 
there be any, of said parcel or parcels of land with respect to 
the compensation to be paid for the taking of the same and the dam— 
age, if there be any, and in the event that no satisfactory agreement 
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Commission decided, in view of the fact that this area is being acquired pri- 
marily as an addition to the state park system, that three-fourths of the 
cost thereof, or $7,500, should be charged to the Parks Department's budget 
and the balance should be charged to acquisition of right of way. 


In the discussion of this matter it was brought out that the only 
other place in this vicinity where suitable rock could be obtained for wing 
dam and jetty construction is at a place known as Tunnel Point, where there 
are 3.83 acres of land owned by a Mrs. Reed across which the new highwuy has 
been projected. The Attorney estimated that this property would cost the 
state some $15,000 because of its value as arock quarry. After discussion, 
the Attorney was authorized by the Commission to take an option from Mrs. 
Reed for the purchase of the property at such figure if he is wmable to se- 
cure it for a lesser amount. 


The Attorney reported that new appraisals have been made of cer- 
tain properties located in Lake County that are needed for right of way for 
a revision of the Fremont Highwey north of Lakeview. He was instructed by 
the Commission to secure new options on these properties for consideration 
by the Commission at its next meeting. 


The Attorney also reported the necessity to condemn certain parcels 
of property that are needed for various highway improvements and requested 
authority to stert condemation proceedings. The Commission granted the re- 
quest and by unanimous vote adopted the following resolution in regard there- 
to: 

WHEREAS, the State Highway Commission is by law author- 
ized and directed to lay out, locate, designate, construct, improve 
and maintain a system of state highways in the State of Oregon and 
to acquire rights of way and to declare the necessity and need for 
the acquisition thereof, and the advantages to be gained thereby; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highwey Commission as follows: 


1. That the State Highway Commission does hereby find 
and declare that it is necessary and will be of advantage to the 
State of Oregon and there is need that the state acquire for right 
of way purposes in connection with the permanent location, construc— 
tion, improvement, and maintenance of the following section or sec- 
tions of the state highway system of the State of Oregon, to wit: 


Eagle Creek-Cascade Locks Section of Columbia River Highway 

West Portland-—Cooke Crossing Section of Wiest Portland-Hubbard 
Highway 

South Marshfield Section of Oregon Coast pay 4 

Albany Overcrossing Section of Pacific Highwey Bact 


land and property owned by or in possession of the following parties 
or persons, to wit: 
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Chairman Cabell reported on the action taken by the Western Asso- 
ciation of State Highway Officials at its special meeting in San Francisco, 
on December 6, for consideration of the President's recommendation for a re- 
duction in federal aid for road purposes. 


The State Highway Engineer reported on matters discussed at the 
Annual Meeting of the National Asphalt Association during the week of Decem- 
ber 6. According to these reports, it was the concensus of opinion of those 
attending the meetings that Congress would make no change in the setup for 
the fiscal year 1939 Federal Aid Funds, but that uncertainty would still ex- 
ist until the apportionment of the funds is actually made, which would not 
be before the first of the year. In view of the reports, the Commission de- 
cided to defer until its January meeting « decision with respect to the in- 
mediate construction of the Albany railroad grade separation project. How- 
ever, the Engineer was instructed to secure a hearing before the Public Util- 
ities Commissioner on this subject as soon as possible, so that no delays on 
that account will be encountered when the project is ordered to proceed. 


The matter of releasing payments to several property owners in Al- 
bany for right of way acquired for the Albany grade separation project had 
the attention of the Commission. The Engineer advised that the Albany City 
Council has adopted the ordinance approving the changes in the grades of the 
city streets that will be affected by this improvement, and an executed copy 
of the same is in the Commission's files. The Commission thereupon author- 
ized the release of payments for the right of way for which options have 
been approved and deeds already delivered to the state,but ordered that pay- 
ments tor the balance of the right of way be held pending the Commissicn's 
decision in regard to this project at the January meeting. 


The Attorney reported an offer from a Mr. Roy Fnlund to purchase 
for the sum of $30.00 a building located on Lot 15, Block 9, Bunker Hill Ad- 
dition te Marshfield, which lot the Commission acquired from W. D. McLarin 
for right of way for the Oregon Coast Highway at this place. He said that 
this building was advertised for sale two different times,- on September 14 
and October 22, but no bids were received for the same at either meeting. 

He estimated the value of the building at $25.00 and recommended that the of- 
fer of Mr. Enlund be accepted. The Commission approved the recommendation 
by unanimous vote. 


The Attorney also reported the offer of Mr. V. Kalafate, Portland, 
to purchase for the sum of $25.00 the building located on property acquired 
from Bert I. Reynolds end Elizabeth Rose Reynolds, in Block 25, West Portland 
Heights, Washington County, for right of way for the West Portland—Hubbard 
Highway. He said that the Commission paid $280 for this property, which is 
in an isolated section, and that recently the house has been entered and some 
of the accessories taken therefrom. He recommended, in view of the circum- 
stances’, the acceptance of Mr. Kalafate's offer so as to avoid further vandal- 
ism, notwithstanding the fact that this building has never been offered for 
sale in accordance with the usual practice. The Commission decided to adhere 
to the present practice and to advertise this building for sale. The Mngi- 
neer was instructed to take bids for same at the next regular meeting. 
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or agreements can be reached, then it is hereby further resolved 
that the Attorney General of the State of Oregon, and J. M. Devers, 
Assistant Attorney General and Attorney for the State Highway Com- 
mission, be and they hereby are requested to commence and prosecute 
to a final determination such suit or action, or suits or actions, 
as may be necessary and appropriate to acquire title to the said 
premises and all rights therein for the purposes herein stated. 


5. That this resolution be entered in full in the min- 
utes and records of this Commission. 


The Commission adopted as its policy in regard to condemnation 
cases that hereafter, when requests are made to institute condemnation pro- 
ceedings, the offers that are to be made to the various property owners in- 
volved shall first be approved by the Commission before they are presented 
to such property owners. 


The Attorney brought up for discussion the matter of acquiring the 
existing logging road through the property of the Grand Rapids Oregon Timber 
Company, which is needed to provide ingress to Saddle Mountain State Park, 
in Clatsop County. He recalled that the Company's original demand for this 
road was approximately $15,000, which the Commission rejected and ordered 
that the property be acquired by condemation, if the company would not sell 
at the rate of $15 per acre, which is the amount the Crown \iillamette Company 
is asking for its portion of the road. He further advised that he had re- 
ceived information from a Mr. Dickinson, receiver for this company, to the 
effect that he did not believe the court which has jurisdiction in the re- 
ceivership case would approve acceptance of the state's offer, but he be- 
lieved that the court would approve a price of $7,500. The Attorney asked 
the Commission for instructions in regard thereto. After considerable dis- 
cussion, in which it was pointed out that if the existing road is not ac- 
quired it will be necessary to construct a new road about 6 miles long, at a 
cost probably in excess of $7,500, the Commission authorized the Attorney to 
offer the company $6,000 for its road. 


Reconsideration was given by the Commission to the Robertson con- 
troversy involving acquisition of some of the Robertson property adjacent 
to the Pacific Highway (new route) in the Siskiyou Mountains, south of Ash- 
land, Jackson County. The Attorney advised that indications are that it will 
be necessary to institute condemnation proceedings to acquire the portion of 
the Robertson land that is affected by the slide conditions caused by the 
construction of the new highway. He inquired what offer to make to the own- 
ers in order to avoid condemnation and advised that the Robertsons have stat- 
ed that they will not sell their property but will lease it to the state for 
$3,000. After considerable discussion the Commission authorized the Attorney 
to pay the Robertsons $3,000, if necessary, in order to secure a deed, such 
amount being made up as follows: $1,700 representing the value of the house 
on the property; $300 representing the loss of the lumber on hand, which was 
to be used in completing the house; $600 representing the cost of 12 acres of 
land at $50 an acre; and $400 representing miscellaneous damages. 
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Springs Secondary Highway in Union County and authorized the Ingineer to pay 
Mr. Kingsbury such amount upon obtainment from him of a release from present 
and future obligation with respect to such pipe line. The Attorney was in- 
structed to carry on the negotiations with Mr. Kingsbury and secure settle- 
ment for less than $500, if possible. 


As a further result of the Attorney's opinion on this subject, the 
Commission authorized an expenditure of state funds for the replacement of 
the 30-inch wooden pipe line belonging to the West Extension Irrigation Dis- 
trict, Irrigon, Oregon, which crosses the Old Oregon Trail at approximately 
Mile Post No. 182, near Irrigon, subject to the condition that the new pipe 
line shall be of the same kind and size as the existing one. If the dis- 
trict desires to install a pipe line of more permanent type of construction 
than that which now exists, then the Commission will pay its proportionate 
share of the cost of the same but will not assume payment of the entire cost 
of the better improvement. The settlement, in such case, is to be a matter 
of future adjustment and negotiation. The Secretary was instructed to con- 
vey this information to the irrigation district and to state, further, that 
the Commission is willing for the district to make this installation and will 
reimburse the district for the cost thereof, upon receipt of a bill for the 
same, in detail; or, if the district prefers, the Commission will have the 
work done by state forces. 


Reconsideration was given by the Commission to the matter of main- 
taining lights on the North Salem undercrossing. The Mngineer again report- 
ed that the city of Salem absolutely refuses to pay any of the cost of light- 
ing this structure, and suggested that the lights be discontinued, as a mat- 
ter of policy, unless the Commission desires to modify its policy in regard 
to such matters. After some discussion, the Commission ordered a report 
from the Engineer for consideration at the January meeting, as to the expense 
of lighting all of the underpass structures throughout the state that are lo- 
cated within cities. 


The Engineer reported cn investigations relative to the rerouting 
of the Columbia River Highway along Astor Street, in Astoria, particularly 
with respect to the connection between Bond Street and Astor Street. He said 
that four alternate lines were investigated for this connection, being des- 
ignated as the "L" line, "L2" line, "L3" line, and "L4" line. The "L4" line, 
he said, is least desirable because it has more central angle and less cur- 
vature than the other lines, and all lines are equal as to grade and amount 
of grading, so the question of the selection of a route would depend mainly 
on the cost of the right of way, which the Right of Way Department has es- 
timated as follows: "L" line, $16,540; "L2" line, $17,890; "L3" line, 
$16,520; and "L4" line, $18,550. He recommended the adoption of the "L" line, 
the center line of which leaves Bomi Street at the intersection of Ninth Street, 
thence cuts diagonally across the center of Block 10 and through Lot 4 of 
Block 11, and enters Astor Street near the intersection of Sixth Street. Aft- 
er careful consideration of all the facts, the Commission approved the Mngi- 
neer's recommendation and by unanimous vote adopted the following resolution 
in regard thereto, upon motion of Commissioner Aldrich, which was duly sec- 
onded by Commissioner Tou Velle: 
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The Commission had under consideration the offer of Mr. Arthur L. 
Fitch to purchase for the sum of $60.00 the building located on the property 
acquired from Jessie McLarin in Bunker Hill Addition to Marshfield, more par- 
ticularly on Lots 3 and 4 of Block 10 of such addition, which property the 
Commission acquired for right of way for the revision of the Oregon Coast 
Highway at this place. The Attorney advised that this building has been ad- 
vertised for sale twice—--the first time on September 14, 1937, when a bid 
of $26.00 was received for the same; and on October 22, when no bid was sub- 
mitted. He placed a vaiue of $100.00 on the building and recommended that 
the offer of Mr. Fitch be accepted. The Commission approved the recommenda- 
tion by unanimous vote. 


The Secretary presented a Letter from the Weyerhaeuser Timber Com 
pany in regard to the timber strips adjacent to the Wilson River Highway, in 
Tillamook County, which the company proposes to donate to the general public 
for park and recreational purposes. The company advises that the conditions 
of the conveyance of their property to Tillamook County as set out in Chair- 
man Cabell's letter directed to the company, under date of December 6, 1937, 
are satisfactory and that the company will prepare its conveyance in accord- 
ance therewith and will submit the same to the County Court of Tillamook 
County as soon as possible. The Commission ordered the commmication filed 
in the department records. 


The Attorney reported the desirability of securing copies of local 
newspapers throughout the state in which are advertised tax sales. He point- 
ed out that frequently the county courts advertise certain properties for 
sale, some of which, no doubt, will be needed some time for highway right of 
way, and advised that he could watch these sales closely if he had copies of 
the newspapers in which they were advertised and could ascertain whether or 
not any of them should be acquired by the state before they pass into private 
ownership, which possibly might save the state considerable right of way ex- 
pense. He suggested that requests be made of the county judges, county sher- 
iffs, county clerks and the district attorneys to furnish copies of the local 
newspapers in which tax sales are being advertised. The Commission approved 
the suggestion and so ordered. 


The Commission had under discussion the Attorney's opinion in re- 
gard to Section 44-3108, Oregon Code 1930, pertaining to the construction 
and maintenance of pipe lines, ditch flumes, et cetera, across public high-. 
ways. It was the Attorney's opinion that, if this act,as it relates to the 
authority of the Highway Commission, were construed by the court, and the 
court were to take into consideration all of the circumstances attendant upon 
the passage of the several amendments and the purpose sought to be accom- 
plished, the court would hold that the maintenance of structures built under 
the authority and purview of the act is an obligation of the State Hignway 
Commission with respect to state highways. He also advised that, in his opin- 
ion, it is safe at least to say that the disbursement of state highway funds 
for the maintenance of a structure built under the authority of this act 
would be justified as legal and valid, if challenged. In view of this opin- 
ion, the Commission voted unanimously to pay Mr. Kingsbury as much as $500, 
if necessary, in lieu of the replacement of his pipe line on the Medical 
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the United States War Department in regard to the proposed bridge across Coal- 
bank Slough on the Oregon Coast Highway just south of Marshfield, so as to 


een RE A EE RE nd 


atid Bond Streets; thence along Bond Street to 9th Street; 
thence turning to the right crossing through the South- 
west corner of Block 9 to the center of 8th Street. 


2. That the route and location of the Oregon Coast High- 
way in the City of Astoria shall be along a route designated and 
defined as follows, to wit: 


Beginning at a connection with the Columbia River 
Highway at 8th Street; thence in a Northwesterly direc- 
tion crossing Blocks 10 and 11 to the center of Astor 
Street at approximately 6th Street; thence in a westerly 
direction along Astor Street, to the westerly terminus 
thereof, and continuing in a Westerly and then Southwest- 
erly direction to a point in the center of Taylor Avenue 
at approximately Columbia Avenue, said point being also 
in the center of the present Yregon Coast Highway. 


3. That said above described routes, locations and align- 
ments of said highways and the said designated streets be and the 
same hereby are adopted as the routes and locations of said high- 
ways in the City of Astoria between the termini above designated. 


4. That the portion of Commercial Street between 16th 
and 8th Streets and 8th Street to Columbia Avenue over which state 
highway traffic has heretofore been directed and routed shall 
hereafter be no longer considered as routes over which state high- 
way traffic shall be directed by the State Highway Commission in 
the City of Astoria, but said sections of said streets shall be re- 
lieved of the burden of state highway traffic under the direction 
of the State Highway Commission. 


5. That the Engineer be and he is hereby instructed to 
definitely locate and establish the said routes by proper monuments 
and markers and make proper record thereof in the records of the 
Highway Commission, and erect proper signs on the street or streets 
over which said highways are routed, and proceed with the permanent 
improvement and maintenance of said highways along the routes here- 
in defined and in harmony with plans and specifications by this 
Commission approved. 


6. That this resolution be entered in the recor’'s and 
minutes of the Highway Commission, and a duly certified copy there- 
of mailed to the Mayor of the City of Astoria and a like copy to 
the County Court of Clatsop County. 


The Engineer reported the advisability of securing a hearing before 
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WHEREAS, pursuant to notice given as required by Section 
44-120, Oregon Code 1935 Supplement, the Highway Commission met in 
the City Council Chambers of the City Hall in the City of Astoria 
on the 13th day of September, 1937, for the purpose of conducting 
a hearing as provided for in said law with respect to the proposed 
change of a portion of the route of the Columbia River Highway and 
of the Oregon Coast Highway within the corporate limits of the City 
of Astoria; and 


WHEREAS, said meeting was called to order by Henry F. 
Cabell, Chairman of the State Highway Commission, who explained to 
those assembled the purpose of the meeting and the proposed change 
in location, route and alignment of said highwayswithin said City, 
and the Chairman then invited discussion with respect to said mat- 
ters and extended to all persons present an opportunity to be heard 
for or against said proposed change; and 


WHEREAS, after all who evidenced a desire to be heard had 
entered their names in the record and minutes of the meeting and 
had declared their approval or disapproval of said proposed change, 
the Chairman of the Commission advised that said matter would be 
taken under advisement by the said Commission and a decision an- 
nounced at a later date; and 


WHEREAS, after due and full consideration of said mat- 
ters and the arguments and declarations made for and against the 
proposed change at said public hearing with respect to the change 
of the route in and through ssid City, and the Commission being ful- 
ly advised with respect to all of said matters, it is the opinion 
ara judgment of the Commission that the interests of the State at 
large will be best served by the adoption of said proposed change 
of route of said highways in and through said Gity, all of which 
will, in the judgment of the Commission, make possible a better align- 
ment, a more serviceable and convenient thoroughfare into and through 
said City; and, therefore, in the opinion of the Commission the route 
and alignment of said highways should be altered and modified and 
should be determined and fixed as in this resolution declared, all of 
which is in conformance with the notice given and at said hearing 
heard and discussed. 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by this 
Commission, all members being present and affirmatively participat- 
ing, as follows: 


l. That the route and location of the Columbia River 
Highway from 16th Street to 8th Street shall be along the following 
defined and designated route, to wit: 


Beginning in the center of Commercial Street at ap- 
proximately 16th Street, thence turning to the right, in a 
northwesterly direction to approximately the center of 14th 
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Mr. Russell Hubbard, Reedsport, came before the Commission et this 
time and asked the Commission to repair and maintain as 2 state highway 
route the old section of the Umpqua Highway between its new connection with 
the Oregon Coast Highway, in Reedsport, and the Scholfield bridge. He said 
that this section is very much in need of repair, due largely to the volume 
of Oregon Coast Highway traffic from the south that uses it enroute inland 
over the Umpqua Highway, it being shorter and more direct than the new con- 
nection between the two highways. It w-s his thought, in view of the cir- 
cumstances, that the state should maintain the section notwithstanding that 
it ig not now a unit of the state highway system. In the discussion of the 
matter it was pointed out that the Southern Pacific Railroad trecks cross 
this section at grade, and when the hearing was held before the Public Util- 
ities Commissioner with respect to the construction of the new highway con- 
nection across the railroad company's tracks, the railroad officials demand- 
ed that the grade crossing on the old route be closed anc did not consent to 
leave it open for traffic until certain concessions were made with respect 
to the other crossing, so there is a question 45 w whether or not the Com 
mission could maintain this section without breaking faith with the railroad 
company. The Engineer was instructed to investigate and secure an estimate 
of cost to repair and maintain the old route and to secure from the railroad 
company an expression relative thereto. 


Chairman Cabell advised Mr. Hubbard that if the Commission does fi- 
nally decide to repair and maintain this section, it would be only as a tem 
porary proposition and any order that the Commission might give to the In- 
gineer with regard thereto would be cancellable at any time. 


The Engineer brought up for discussion the matter of changing the 
name of State Highway No. 40, now known as Bertha-Beaverton Highway, to 
Beaverton-Hillsdale Highway, inasmmch as the Commission et its previous meet- 
ing authorized the changing of the road signs in this vicinity from "Bertha" 
to "Hillsdale" to conform to the name of the post office. He gave as his 
thought that it would be proper to change the name of the highway as well as 
the signs, and so recommended. The Commission concurred in the viewpoint of 
the Engineer and thereupon by unanimous vote adopted the following resolution 
in regard thereto: 


WHEREAS, a certain highway has heretofore been known as 
the Bertha-Beaverton Highway, which highway extends from an inter- 
section with the Tualatin Valley Highway at or near Beaverton and 
runs thence in an easterly direction through or near the village of 
Hillsdale (formerly Bertha) to a point on Barbur Boulevard (Pacific 
Highway West) at or near the intersection of that boulevard with 
S. W. Slavin Road in the City of Portland, the, distance between the 
beginning and ending points being 6.7 miles, more or less; and 


WHEREAS, Because of a change in the name of the post- 
office, which instead of being Bertha now is Hillsdale, it is deemed 
advisable to change the name of said highway from Bertha—Beaverton 
Highway to Beaverton-Hillsdale Highway ; 
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/ gecure approval of the clearances of this structure before the contract for 
the grading of the adjacent sections is awarded. He requested cuthority 
from the Commission to present the plans of this structure to the War Depart- 
ment for such approval and to ask for a hearing on the subject at an early 

: date. The Commission approved the request by unanimous vote. 


The Engineer also reported the necessity to secure approval by the 
United States War Department of the plans for the proposed bridge over the 
Little Nestucca River on the Oregon Coast Highway, in Tillamook County, 
which project is now included in the Commission's bridge reconstruction pro~ 
gram for contracting next year. He requested authority from the Commission 
to present the plans for this structure to the War Department for such ap= 
proval and to ask for a hearing on the subject. The Commission approved the 
request by unanimous vote. 


tA Tem 


The Commission had under consideration the Engineer's report on a 
conference that was held with officials of the Mountain States Power Company, 
Albany, with reference to an agreement covering reimbursement to that com 
pany for the cost of revising ‘ts facilities that will be affected by the 
construction of the proposed Albany railroad grade separation project, said 
report being dated December 15, 1937, and signed by G. S. Paxson, Bridge En- 
gineer. The report contained the following recommendations, which the Ingi- 
neer advised were concurred in by the company officials: (1) That the state 
shall reimburse the company for the cost of removing and replacing such of 
its 10-inch and 12-inch water mains as will be covered by the highway embank- 
ment between Baker Street on the south and Lafayette Street on the north, 
where the grade is raised an appreciable amount above the present grade, 
which work is estimated to cost about $7,850; (2) That the state shall re- 
imburse the company for the cost of moving any fire hydrants iaat are inter~ 
: a fered with by the highway project; (3) That the Mowitain States Power Compa- 
“a ny shall assume and pay the cost of rearranging all of its service connec- 


v 

i | tions other than fire hydrants; (4) That the Mountain States Power Compeny 
: : shall assume and pay the cost of all revisions to its electric lines. 

= After full discussion of this report, the Commission by unanimous 
j vote approved the same and the recommendations contained therein. 

a The Commission considered aad ordered filed in the department rec~ 


P ords the report from the American Association of State Highway Officials 
a showing the amounts of 1938 Federal Aid Funds available to the respective 
states for new projects, as of December 1, 1957. It was pointed out by the 
Engineer that Oregon stands ninth in the list of states, with 59.6% of the 


apportioned amount obligated. 


oa Po x 


The Commission considered and signed an agreement with Douglas 
County and the Umpqua Highway Improvement District providing for the payment 
of the cost of making a location survey of the North Umpqua Highway between 
Roseburg and Rock Creek. The Engineer was instructed by the Commission to 
bill the county and the district for the balances due according to the terms 


of this agreement. 


The Commission by unanimous vote tentatively approved the procedure recum- 
mended by the Engineer. 


The Commission adjourned at 12:00 o'clock noon and reconvened at 
2:00 o'clock p. m. in the same room, with all Commissioners, the State High- 
way Engineer, the Attorney, and the Secretary present. 


The Commission had under discussion matters pertainimg to forger- 
ies committed by a former Highway Department employe, Wil.bur L. Moorman. 
The Engineer was instructed to check the records and ascertain the exact 
amowuntiiof the defalcation and the exact amount recoverabi.e under the Commis- 
sion's bonds covering Mr. Moorman. He was also instructed to present the 
facts to the Secretary of State and to discuss with him the matter of secur- 
ing an additional audit of the State Highway Commission's accounts by a rep- 
utable concern, said audit to be in addition to the one recently completed 
by the Secretary of State's forces. 


The Engineer made certain suggestions in regard to the handling of 
time statements through which Mr. Moorman was able to hiie his defalcations. 
After due consideration the matter was referred to Chairman Cabell and the 
State Highway Engineer to perfect a method of procedure to be followed here- 
after, whereby defalcations such as were committed by Mr. Moorman could not 
be duplicated by any Highway Department employe. 


The Commission also discussed matters pertaining to certain right 
of way transactions. This matter was referred to Chairman Cabell to inspect 
the properties in question. 


The Commission discussed matters pertaining to the continuation of 
W.P.A. work on $he Wilson River Highway and particularly the amount of the 
state's contribution for such work and the use of county-owned equipment. 
The Engineer pointed out that the counties which are sponsoring this work 
have signed up for a project estimated to cost $318,000, of which amount the 
counties are supposed to put up $200,000, and the state the balance, or 
$218,000, but the counties want the state to assume the counties! share of 
the cost, or the entire $518,000, although they have indicated a willingness 
to turn over to the state certain county-owned equipment; for use on the job; 
however, they want it returned to them in as good condition as it was in when 
it was turned over to the state. He estimated the value of this equipment, 
new, at $90,000, and its present value at about $30,000, and pointed out that 
it 48 not in good condition at the present time and that, it would cost about 
$30,000 to make it usable. He suggested, if the Commission wants to consider 
acceptance of the proposition, that it would be advisable to purchase the 
equipment outright from the counties for a nominal sum rather than borrow it. 
He also suggested that the Commission sponsor a project costing about $182,000 
on this road, which would place it on a par with the Wolf Creek W.P.A. project 
as far as state funds are concerned. After full discussion of this matter, 
the Commission by unanimous vote tentatively approved the Engineer's sugges- 
tions and instructed him to work out the proposition on such basis with the 
counties, if possible. He was authorized to offer $15,000 for the county 


equipment. 
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NOW, THEREFORE, BE IT RESOLVED by the Highway Commission, 
all members being present and affirmatively participating, as fol- 
lows: 


1. That the state highway heretofore known as Bertha- 
Beaverton Highway and otherwise designated as state highway No. 
40 shall be and the same hereby is changed in name so that the 
same shall be known and designated as the Beaverton-Hillsdale 
Highway but shall still be known as state highway No. 40. 


2. That a copy of this resolution be entered in the min- 
utes and records of the Highway Commission and a duly certified 
copy thereof delivered to the County Commissioners of Multnomah 
County and a copy to the Mayor of each of the cities through which 
said highway may pass, and a copy to the American Automobile Asso~ 
ciation. 


3. That the State Highway Engineer is hereby directed 
to erect and maintain appropriate road signs along said highway. 


The Commission discussed briefly the matter of appointing a commit- 
tee, as recommended by the Advisory Committee on Publicity Matters, to make 
a study of Oregon conditions tending to affect tourist travel, and a letter 
from Robert W. Sawyer, Bend, in regard thereto. Action on this matter was 
deferred for future consideration. 


The Engineer brought up for discussion matters pertaining to the 
Willamette Highway and in connection therewith recommended the following or- 
der of procedure for the completion of this highway from Lowell Junction 
easterly, except for about ten miles of surfacing, during the summer of 1940: 


State Portion 


July 1938 - July 1939 Grading $135,000 
March 1939 — December 1939 Surfacing 20 Miles 150,000 
March 1939 - December 1939 Qiling 20 Miles 17,000 
June 1940 - October 1940 Surfacing 10 Miles 80,000 
June 1940 - October 1940 Oiling 10 Miles ___ 8,000 


Total $390,000 
Bureau Portion 


Jaauary 1938 - October 1938 Construct Tunnel $140,000 
March 1938 - September 1958 20 Miles Surfacing and 

Oiling 100,000 
October 1958 - June 1959 Tunnel Lining 80,000 
June 1939 - December 1939 Grading 150, 000 


$470, 000 


) 


construction of the Yaquina Bay Bridge. He advised that a letter has been 
received from Mr. C. C. Hockley, Regional Director of the ?. W. A., stating 
that the Board of Labor Review of the P.W.A. has carefully considered the va- 
rious reports regarding the labor claims and is of the opinion that the evi- 
dence does not substantiate them, so they are closing their files on this 
subject. He also advised that the Federal Government is still holding some 
$25,000 of the grant moneys due the state in connection with the Coast High- 
way bridge jobs. He suggested, in view of the fact that the conditions re- 
quiring the $5,000 deposit apparently are satisfied, that the Commission re- 
lease to the contractor all but $500, which, in his estimation, would be suf- 
ficient to cover any claims that might arise against this job. The Commis- 
sion approved the Engineer's recommendation by unanimous vote and authorized 
the release of the $5,000 certified check upon receipt from the contractor 

of another certified check in the amount of $500. 


A claim was presented from the Union Pacific Railroad Company cov- 
ering one-half the expense incurred as a result of the derailment of the 
Union Pacific train at Oneonta on February 21, 1956. The Commission indicat- 
ed that it would approve the payment of this claim, which is in accordance 
with previous oral understanding and agreement with the railroad company of- 
ficials, but not on the basis that State Highway Department employes were re- 
sponsible for the accident as was indicated in the body of the claim. The 
claim was re-referred to the Attorney with instructions to ask the railroad 
company to submit its claim in detail and to re-word it so that it would not 
appear that the Highway Department employes were responsible for the accident. 


The Commission had under consideration ite claim against Harold T. 
Warren for damaging the gate on the Umpqua River Bridge <t Reedsport. The 
Engineer advised that Mr. Warren drove his car into the gate, necessitating 
repairs costing $45.00, which Mr. Warren refuses to pay, and alleges that the 
state should reizburse him for the damages that he sustained, amounting to 
$39.00 for hospital and doctor bills, and $150.00 for the repair of his car, 
because, he alleges, the bridge gate was not properly lighted and the ecci- 
dent would not have occurred if the State Highway Department had maintained 
suitable lights and warning signs at this location. The Attorney gave as his 
opinion that the Commission would have difficulty in recovering from Mr. War- 
ren in a lawsuit because juries are always more sympathetic with individuals 
than with public bodies in cases of this kind. After some discussion, the 
Commission instructed the Attorney to again present the Commission's bill to 
Mr. Warren and to request the payment of the same but not to go to the ex- 
pense of a lawsuit to collect it. 


Reconsideration was given by the Commission to the matter of dedi- 
cating Short Sand Beach Creek Bridge, on the Oregon Coast Highway in northern 
Tillamook County, to Samuel G. Reed. The Commission on November 17 approved 
dedicating this bridge to Mr. Reed at the request of the North Tillamook 
County Chamber of Commerce; but it now appears that the bridge which the Cham- 
ber of Commerce had in mind was the one over Necarney Creek which flows into 
the ocean at Short Sand Beach. The Commission expressed no preference in the 
matter and left it with the North Tillamook County Chamber of Commerce to de- 
cide which of these two bridges should be dedicated in honor of Mr. Reed. 
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The Engineer requested authority to purchase a safe cabinet, cost- 
ing approximately $600, for use in the office of the Highway Commission's 
Auditor. The Commission approved the request by unanimous vote. 


The Commission discussed briefly matters pertaining to the Federal 
Aid Secondary Highway Program, but deferred action thereon until its next 
regular meeting in January. The Secretary was instructed to invite the county 
ty courts of some of the counties in which Federal Aid Secondary Highway 
projects are contemplated, to be present at such meeting. 


The Commission had under consideration the application of the Sil- 
verton Hills Cooperative Electric Company for permission to overbuild 1 
short. section of telephone line on the Silver Creek Falls Secondary Highway, 
in Marion County. The Engineer explained that a telephone line now exists 
on this road, a portion of it being on the north side of the highway and the 
balance on the south side. He said that the Electric Company has been as- 
signed the south side of the highway for its pole line, with the understand- 
ing that it will arrange for the moving of the telephone poles on that side 
to the north side, so when the lines are completed there will be no crossing 
of the wires over the highwey and there will be only a single pole line on 
each side of the highway, which is in line with the established policy of 
the Commission in such matters; however, the Electric Company alleges that 
it is not financially able to change over the telephone facilities at the 
present time and wants to defer such change at least until the telephone 
poles are in need of replacement, which, they anticipate, will be within the 
next five years. The Ingineer advised that there are about twenty telephone 
poles involved. He suggested the granting of the company's request in view 
of the financial condition of the company and the fact that only a short sec- 
tion of highway will be affected. The Commission approved the suggestion by 
unanimous vote. 


The Commission also considered the application of the Mountain 
States Power Company to construct its power line across the Salem-Dallas High- 
wey at two points in the immediate vicinity of a place known as Brunk's Coruer 
so as to avoid cutting down or trimming some fine oak trees at this location. 
It appears that the company now hes a permit to construct its pole line along 
the south side of the highway at this point, which permit contains provision 
that no trees shall be cut or trimmed; also, that the power company has en- 
deavored to obtain private right of way so as to avoid trimming the trees and 
the construction of its wires over the highway, but the owner of the property 
absolutely refuses to grant the company an easement over his land; so, u- 
less the power company is permitted to trim the trees, it will be forced to 
construct its wires across the highway at two locations. The Commission de- 
nied the request as a matter of policy and ordered that the company be in- 
structed to string its wires through the trees without trimming and to use 
specially insulated wires for such purpose. 


The Engineer requested instructions whether or not to continue to 
hold the $5,000 certified check that was deposited by the Gilpin Construction 
Company and the General Construction Company, pending the satisfaction of cer- 
tain labor claims arising out of their contract with the Commission for the 
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Street to a connection with Jackson Street; thence over Jackson 
Street to an intersection with Cass Street; thence over Cass 
Street to an intersection with Stephens Street, be and the same 
hereby is abandoned as the route of the highway into and through 
said City of Roseburg and said streets or sections thereof over 
which the said highway has heretofore been routed shall no longer 
be deemed the route of the Pacific Highway into and through said 
City, but the route into and through said City shail be as se- 
lected and designated by the resolution of the Commission duly 
adopted on the 25rd day of April, 1936 


&. For a more specific description of the right of 
way of said highway hereby abandoned and for a more definite de- 
scription of the streets or sections of streets of Roseburg over 
which has heretofore been routed the Pacific Highway, but which 
are now relieved of any such routing, there is attached hereto 
a map dated November 17, 1937, which for identification bears 
the signatures of K. D. Lytle, Division Engineer, H. G. Smith, 
Construction Engineer, and R. H. Baldock, State Highway Engineer, 
and which map by this reference is hereby made a part of this 
resolution. * 


The Commission by unanimous vote adopted the following reso- 
lution abandoning as a part of the state highway system a portion of 
the Pacific Highway (old route} near Green Creek in Josephine County, 
which is no longer of value as a state highway, since the highway has been 
reconstructed on new alignment at this location: 


WHEREAS, in order to afford a better alignment and a more 
satisfactory, safe and convenient highway for the traveling public, 
the Commission found it necessary to relocate a portion of the Pa- 
cific Highway near Green Creek in Josephine County; and 


WHEREAS, by reason of said relocation and reconstruction 
of the said section of said highway there was eliminated and made 
unnecessary as a part of the permanent highway a certain section 
or part thereof, which section or part is more specifically de- 
fined and designated hereinafter in this resolution; and 


WHEREAS, it is the judgment and opinion of the Commission 
that there should be recorded in the minutes and records of this 
Commission its purpose and plan to abandon as a pert of the said 
state highway the fragment or portion of right of way hereinafter 
designated and heretofore included within the area of the right of 
way of the said state highway as formerly located, improved and 
used; 


% Map filed in Right of Way abandonment and Retention File - No. Sl 
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The Commission by unanimous vote adopted the folowing resolution 


abandoning as a part of the state highway system a short section of the Pa- 
cific Highway (old route) at the north city limits of Roseburg which no long- 
er is of value as a state highway since the highway has been reconstructed 

on new alignment through the city of Roseburg: 


WHFREAS, the Highway Commission by resolution duly and 
regularly adopted on the twenty-third day of April, 1956, select- 
ed the street and/or streets of the City of Roseburg and the route 
within said City over which to direct and route state highway traf- 
fic entering and leaving seid City over the Pacific Highway, and 
said Commission has constructed and improved the said route and the 
same is now open to public travel; and 


WHEREAS, by reeson of the rerouting of traffic into and 
through the City of Roseburg and the selection and designation cf 
other and different streets than those heretofore selected and des- 
ignated over which to route state highway traffic there has been 
made unnecessary a short fragment of the Pacific Highway outside 
of the corporate limits of the City of Roseburg on the north; and 


WHEREAS, it is the judgment of the Commission that said 
fragment or section of said highway which is no longer needed as 4 
part of said highway should be abandoned; 


NOW, THEREFORE, the premises being in general as above 
stated, it hereby is resolved by this Commission, all members being 
present and affirmatively participating, 48 follows: 


l. That the following described section or fragment of 
the Peeific Highway in Douglas County, to wit: 


Beginning in the center of the existing right of way 
at Engineer's Station 2524+50, M.P. 198.284, opposite and 
thirty feet distant from which point the northerly right 
of way line intersects the westerly lime of Prospect Street, 
if extended; thence easterly along the center line of the 
old Pacific Highway a distance of 0.09 miles to Engineer's 
Station 2529+01, M.P. 198.373 opposite and thirty feet dis- 
tant from which point the northerly right of way line inter- 
sects the north city limits of the City of Roseburg, which 
right of way is 60 feet wide and contains approximately 


0.57 acre, 


be and the same hereby is eliminated from the route of the Pacific 
Highway and is abandoned and left to revert to the adjacent or abut- 
ting property owners or to the County Court of Douglas County for 
such public use as the County Court may desire to make of the same. 


2, That the route of the Pacific Highway as heretofore 
used entering Roseburg from the north and following along Winchester 


the Pacific Highway of the Green Springs Junction-Siskiyou Section of the 
said highway (old route) in Jackson County, which section has been recon- 
structed on new alignment. The following resolution in regard thereto was 
adopted by the Commission by unanimous vote: 


es ee i. Ree 


to the Gounty Court of Josephine County, together with a copy of 
said exhibit or map, for such action as said County Court may de- 
sire to take with respect to said fragment of land, anc should 
said abandoned portion of the right of way of said highway be fur- 
ther employed for public or private highway purposes such use shall 
be entirely under the control and supervision of the County Court 
of Josephine County and beyond any responsibility or supervision by 
the State Highway Commission. 


The Commission had under consideration the abandonment as a unit of 


WHEREAS, in order to afford a better alignment and a more 
satisfactory, safe and convenient highway for the traveling public, 
the Commission found it necessary to relocate a portion of the Green 
Springs Junction-Siskiyou Section of the Pacific Highway, in Jackson 
County; and 


WHEREAS, by reason of said relocation and reconstruction 
of the said section of said highway there was eliminated and made 
unnecessary as a part of the permanent highway a certain section 
or part thereof, which section or part is more specifically de- 
fined and designated hereinafter in this resolution; and 


WHEREAS, it is the judgment and opinion of the Commis- 
sion that there should be recorded in the minutes and records of 
the Commission its purpose and plan to abandon as a part of the 
said state highway the fragment or portion of right of way herein- 
after designated and heretofore included within the area of the 
right of way of the said state highway as formerly located, in- 
proved and used; 


NOW, THEREFORE, the premises being in general as above 
stated, it hereby is resolved by this Commission, all members be- 
ing present and affirmatively participating, as follows: 


1. That the fragment of land confined within the erea 
hereinafter described, which fragment or parcel of land was for- 
merly within the limits of the right of way of the Green Springs 
Junction-Siskiyou Section of the Pacific Highway in Jackson County, 
but is now without the limits of the right of way of said highway 
as said highway has been relocated and constructed, be and said 
fragment or parcel of land or portion of the old right of way is 
abandoned as a part of the right of way of said highway. The frag- 
went or parcel of land affected by this resolution is defined and 
described as follows, to wit: 
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NOW, THEREFORE, the premises being in general as above 
stated, it hereby is resolved by this Commission, all members be- 
ing present and affirmatively participating, as follows: 


1. That the fragment of land confined within the area 
of land hereinafter designated, which fragment or parcel of land 
was formerly within the limits of the right of way of the Pacific 
Highway near Green Creek in Josephine County, but is now without 
the limits of the right of way of said highway as said highway 
has been relocated and constructed, be and said fragment or parcel 
of land or portion of the old right of way is abandoned as a part 
of the right of way of said highway, and said fragment or parcel 
of land or old right of way is, so far as control and supervision 
by this Commission is concerned, eliminated and left to revert to 
the adjoining and abutting property owners or to the control and 
supervision of the County Court of Josephine Couty for highway or 
other public purposes as the Court may determine. The fragment or 
parcel of land affected by this resolution is defined and described 
as follows, to wit: 


All that portion of the old Pacific Highway right of 
way (which is 60 feet in width) between original Engineer's 
Station 210+10 and original Mngineer's Station 314+17, save 
and excepting those portions lying within the right of way 
acquired on revised alignment constructed in 1932. 


The location of said abandoned right of way may be more definitely 
and particularly ascertained and determined by reference to a map 
or blueprint, marked "Exhibit 'A', attached hereto and by this 
reference made a part hereof, which said exhibit for identification 
purposes bears the signatures K. D. Lytle, Division Engineer, H.G. 
Smith, Construction Engineer, and R. H. Baldock, State Highway In- 
gineer, and is dated the 17th day of November, 1957, upon which map 
or exhibit there is reflected the above described percel of land by 
showing the same shaded in red. * 


2. In the event there remains any physical connection be- 
tween any portion of said abandoned right of way or highway and the 
present highway, and by rea8on of such physica! connection traffic 
from the existing highway may enter or use the said abandoned por- 
tion of the old road to the possible damage or injury of such traf- 
fic by reason of any unsafe condition existing with respect to said 
old or abandoned road, then the State Highway Engineer is hereby 
authorized and directed tu erect such barriaade or other safeguards 
as may be necessary to protect and safeguard traffic using and e2- 
ploying said newly located, constructed and dedicated section of 
said highway. 


3. That this resolution be entered in the minutes and rec- 
ords of the Commission and a certified copy thereof promptly delivered 


% Mep filed in Right of Way Abandonment and Retention File - No. 52 


DEC 21 1937 


WHEREAS, by reason of the realignment and relocation of the 
Pacific Highway in Jackson County between Ashland and Siskiyou 
the section of said highway between Siskiyou Station and the point 
where the Green Springs Highway heretofore connected with the Pa- 
cific Highway will no longer be a part of the Pacific Highway but 
should become a part of the Green Springs Highway; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the State 
Highway Commission, all members being present and affirmatively 
participating, as follows: 


1. That the section of highway lying between Ashland 
and Green Springs Junction and heretofore being a part of the Pa- 
cific Highway shall be and the same hereby is designated as, and 
is hereby made a part of, the Green Springs Highway, thereby mak- 
ing the westerly terminus of the Green Springs Highway a junction 
with the Pacific Highway at Ashland. 


2. That the said section of the Pacific Highway which 
by this resolution is made a part of the Green Springs Highway 
shall be deemed and considered a part of the state highway system 
and shall be constructed and maintained as such. 


3. That this resolution be entered in the minutes and 
records of the Commission and a duly certified copy thereof de- 
: livered to the County Court of Jackson County. 


4. The Mgineer is instructed to erect and maintain ap- 
propriate road signs along said highway. 


The Commission considered and ordered filed resolutions adopted by 
the Oregon Coast Highway Association at its annual meeting in Astoria on Oc- 
tober 11, 1937. 


Requests from the residents of Powers, Coos County, for improve- 
ments to Powers Secondary Highway from Hoffman Bridge to Powers, had the at- 
tention of the Commission. The Engineer advised that this is a major recon- 
struction project and that it would cost considerably more money than the 
Commission has available for the same at the present time, unless some other 
project of more importance is sacrificed. In view of the present financial 
stringency, the Commission voted unanimously to deny the requests and in- 
structed the Secretary to so inform the petitioners and to advise them of the 
reason for such action. 


The Commission considered and ordered filed a communication from , 
the Salem Chamber of Commerce urging the Commission to include in its 1938 
budget provision for additional improvements on the Salem-Dayton Secondary 
Highway. 
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Beginning in the center of the old Pacific Highway at 
Engineer's Station 89+50, M.P. 550.640, thence Southerly 
along the old Pacific Highway a distance of 7.579 miles to 
Engineer's Station 405+10, which right of way is 60 feet 
wide end contains 55.67 acres. 


The location of said abandoned right of way may be more definitely 
and particularly ascertained and determined by reference to a map 
or blueprint, marked "Exhibit 'A', attached hereto and by this 
reference made a part hereof, which said exhibit for identification 
purposes bears the signatures of K. D. Lytle, Division Mgineer, 

H. G. Smith, Construction Ingineer, and R. H. Baldock, State High- 
way Engineer, and is dated November 15, 1937, upon which map or ex- 
nibit there is reflected the above <iescribed parcel of land by 
showing the same shaded in red. * 
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2. That this Commission recommend to the County Court 
of dackson County that the section of highway by this resolution 
abandoned as a part of the Pacific Highway be designated and main- 
tained as a secondary highway and that the County Court of Jackson 
County be requested to cooperate with the State Highway Commission 
to that end and for that purpose. 
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3. That this resolution be entered in the minutes and 
records of the Commission and a certified copy thereof promptly de~- 
livered to the County Court of Jackson County, together with a copy 
of said exhibit or map, and that a like copy be sent to the United 
States Bureau of Public Roads. 


¥ 
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The following resolution designating the old Pacific Highway route 
between Ashland and Green Springs Junction as an extension of the Green 
Springs Highway, was adopted by the Commission by unanimous vote, upon motion 
of Commissioner Tou Velle, which was duly seconded by Commissioner Aldrich: 


Settee esl ee hasan 


WHEREAS, the Highway Commission has relocated the Pacific 
Highway in Jackson County between Ashland and Siskiyou Station and 
has permanently constructed saia highway over said route and the 
same is now open for public traffic; and 
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WHEREAS, by resolution duly and regularly adopted the High- 
way Commission has abandoned as a part of the state highway sys- 
tem the portion of the Pacific Highway lying between Green 
Springs Junction and Siskiyou Station; and 


WHEREAS, the westerly terminus of the Green Springs Highway 
is now at a point known and designated as Green Springs Junction 
and from that point traffic using the said Green Springs Highway 
going north used the Pacific Highway; and 
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The Commission considered and ordered filed communications as fol~ 
lows with reference to the President's recommendation for a reduction in fed- 
eral aid to the states for highway purposes: (1) Telegram from Senator 
Charles L. McNary stating his intention to oppose any reduction in federal 
aid for highway purposes; (2) Letter from Ed. W. Miller, Manager, Oregon 
Coast Highway Association, advising that the Oregon Coast Highway Association 
and the people of southwestern Oregon are not in favor of the President's 
recommencation for reduction in such funds. 


The Commission considered and denied the request of the Paisley 
Common Council for the construction of a rock wall to protect the fill at 
the approach to the bridge on the Fremont Highway in their town which was 
damaged by recent high water. 


A letter from Mr. L. J. Simpson, Eupire, Oregon, requesting infor- 
mation as to the plans of the Commission for the improvement of the Cape Ara— 
go Secondary Highway in 1958, had the attention of the Commission. The State 
Highway Engineer was instructed to inform Mr. Simpson that the Commission has 
not yet adopted its program for 1958 and there is 2 question as to how much 
money, if any, can be allocated to the Cape Arago Road in view of the fact 
thet the Commission must rebuild the Catching Slough Bridge, whicr will re- 
quire about $70,000 of the state's money, and there is a limit in the amount 
of money that the Commission can spend in this locality this year. 

A letter was presented from the First National Bank of Portland in- 
quiring as to the plans of the Commission for relocating the Oregon Coast 
Highway through the town of Gold Beach. The Commission approved the Ingi- 
neer's letter replying to this communication. (See letter dated December 23, 
1937, directed to Mr. W. F. Bushnell, Assistant Cashier, First National Bank, 
Portland. } 


A letter was presented from Mr. Lester Sheeley, Attorney, Vernonia, 
thanking the Commission for the courteous treatment that was extended to the 
delegation from Vernonia at the last meeting of the Commission and urging the 
construction of that section of the Wolf Creek Highway which extends from the 
town of Banks to a connection with the Nehalem Secondary Highway. The Commis- 
sion ordered the communication acknowledged with thanks. 


A letter was presented from Adrian Voisin, San Francisco, suggest- 
ing a pioneer oxteam and wagon design for a sign to be erected along state 
highways as a reminder that travel was not always over the beautifully paved 
and maintained state highways of the present day, and offering to furnish 
such design, ready for bronze foundry use, for the sum of $250.00. The Com- 
mission referred the letter to the Engineer for reply. He was instructed to 
inform Mr. Voisin that the Commission now has a similar sign for exclusive 
use along the Old Oregon Trail, but his suggestion will be taken under advise- 
ment for use on additional bridge structures. 


The Commission discussed a letter from Mr. Ray Conway, Manager of 
the Oregon State Motor Association, with regard to the illumination of state 
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The Commission also considered and ordered filed a letter from the 
Multnomah Civic Club, Portland, requesting that moneys available for arterial 
highway improvements within the city of Portland be expended in the iost prac- 
oven manner possible to relieve traffic congestion in the westside business 
district. 


The Commission considered a letter from Giles and Dashney, lawyers, 
Marshfield, on behalf of Coos County residents who use the Enegren Ferry on 
the Coos River Secondary Highway, renewing their previcus request for an ex- 
tension in the hours of ferry service to include the hours from 5:00 o'clock 
a. m. to 1:00 o'clock a. m. the following day. The Commission confirmed its 
previous action on this matter, denying the request, no additional evidence 
having been presented that would justify the additional expense. 
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Reconsideration was given by the Commission to the request of the 
Otter Rock Water District for use of the Highway Department's pipe line at 
Otter Rock for a period of five years. The State Parke Superintendent, who 
was present, recommended the denial of this request because of the precedent 
tuat would be established and for the further reason that there is a question 
whether or not the Commission has legal authority to permit the use of this 
publicly—owned pipe line for private purposes. The Commission approved the~ 
recommendation by unanimous vote. 


A letter from the Oregon State Hotel Association, urging the Com— 
mission to correct the defects in the Roseburg-Grants Pass Section of the Fa- 
cific Highway, by eliminating the curves and widening the present road, with 
the least possible delay, had the attention of the Commission and was orderec 
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The Secretary presented a letter from the Acting Secretary of the 

United States Department of Agriculture, Washington, D. C., dated November 27, 
1937, advising that the Department of Agriculture has previously approved the 
proposed system of federal eid highways selected and shbmitted by the State 
Highway Commission of Oreg.ua pursuant to- the provisions of Section 6 of the 
Federal Highway Act, and now approves certain revisions in the route descrip- 
tions for the entire 7 per cent system and the addition of one new route, 
being Route No. 42, described as follows: From a point on Federal Aid Road 
No. 3, northeast of Hubbard, to a point on Federal Aid Road No. 9, northeast 
of Tigard. Also, advising that with such approval the Federal Aid System 
for Oregon is 5,403.61 miles, exclusive of 482.11 miles within federal reser- 
vations; also, that the present permissible mileage of the system is 5,346.10 
miles, consisting of the original 7 per cent of 2,927.80 miles and increments 
of 418.30 miles subsequently allowad, but exclusive of any mileage within 
federal reservations. The letter also stated that a total of 131.42 miles of 
unabsorbed city mileage will be a first charge a,ainst the state's next one 
; per cent increment of permissible mileage allowable, upon submission of a 
_ showing of 90 per cent completion or provision fr completion of the present 

i: permissible mileage. The Commission ordered the communication filed for fu- 


ture reference. 
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IT IS HEREBY ORDERED, that the maximum weight of com 
bined load and vehicle which shall be permitted upon the within- 
named road shall not exceed the weight herein fixed. 


The maximum weights which shall apply to the following 
highway, to wit: 


CRATER LAKE HIGHWAY from its junction with the 
Pacific Highway to its junction with the jest Dia- 
mond Lake Secondary Highway, in Jackson County 


shell be as follows: The combined weight in pounds bearing on 
the surface of the highway at contact with the tread on the wheels 
of the front axle of a truck or truck-tractor shall not exceed the 
product of four hundred (400) multiplied by the sum in inches of 
the tire width of the wheels of such axle; and, the combined 
weight in pounds bearing on the surface of the highway at contact 
with the tread on the wheels of any one axle of a vehicle or com 
bination of vehicles, other than the front axle of a truck or 
truck-tractor, shall not exceed the product of four hundred fifty 
(450) multiplied by the sum in inches of the tire width of the 
wheels of such axle; but, in no event shall the combined weight 
in pounds bearing on the surface of the highway at contact with 
the tread of the wheels of any one axle of a vehicle exceed sev~ 
enty-five (75) per cent of the maximum limit set by law for any 
one axle. 


IT IS FURTHER ORDERED, that these rules and regulations 
as made and found by the State Highway Commission under the pro- 
visions of Chapter 360 of the laws of Oregon for 1931, shall be 
in full force a2 effect from this date until modified, annulled 
or voided by the order of the State Highway Commission ; 


AND IT IS FURTHER ORDERED, that a notice be posted in 
a conspicuous manner and place at each end of the above-named 
highway and at important crossroads on said highway, so that said 
notice can be readily seen and read, which said notice shall state 
plainly the limitations and prohibitions of traffic hereby in this 
order determined and fixed. 


AND BE IT FURTHER ORDERED, that a certified copy of this 
order be furnished to the County Clerk of Jackson County, and that 
a certified copy of this order be furnished to the Superintendent 
of the Department of State Police for his information. 


The Engineer brought up for discussion the matter of installing 
"stop" and "go" signals at the Mosier Tunnel on the Upper Columbia River 
Highway, which were ordered by the Commission some time ago. He said that 
the west portal of this tunnel is directly under a cliff some 500 or 600 
feet long, from which rocks are constantly falling, and if traffic i= 
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highways. The Commission instructed the Engineer to render 4 report at the 
next meeting of the Commission on the cost to illuminate the East Portland 
Oregon City Highway between Portland and Milwaukie, the cost estimate to 
cover three sections,- one, from the Ross Island Bridge to 17th Street; one, 
from 17th Street to the Oregon Worsted Mill; and the third, from the Oregon 
Worsted Mill to the town of Milwaukie. 


The Engineer reported that investigation reveals that the Creter 

Lake Highway from its junction with the Pacific Highway to the junction with 
the West Diamond Lake Secondary Highway, in Jackson County, is showing signs 
of distress due to heavy log truck traffic. He recommended that the maximum 
weight of loads that are hauled over this road be limited to 75 per cent of 
the weights authorized by statute. The Commission approved the recommenda= 
tion and by unanimous vote adopted the following resolution in regard there- 
to: 


WHEREAS, the following road or highway has been duly des- 
ignated and declared to be and is a state highway, and has been im- 
proved and is being maintained by the State Highway Commission pur- 
suant to the laws of the State of Oregon as a state highway, to wit: 


CRATER LAKE HIGHWAY 


AND WHEREAS, the said above-named state highway is, in the 
judgment of the State iiighway Commission, being subjected to a kind 
and cheracter of traffic which is damaging and injuring the said 
highway, and in order to protect said highway against such damage and 
injury it is deemed and is the Judgment of the Highway Commission, 
and said Commission finds that it will be for the best interests of 
the said highway that the maximum weights permitted and authorized 
by law be reduced; 


AND WHEREAS, the State Highway Commission has after due in- 
vestigation determined and found, and it is the judgment of the Com 
mission, that th maximum weights which shall be permitted upon the 
said road shall be reduced and fixed as in this order provided; 


NOW, THEREFORE, the premises being in part as above stated, 
and the State Highway Commission having as a result of due investi-~ 
gation found that the road above mentioned and hereinafter designat—- 
ed is being damaged and injured on account of the kind and character 
of traffic now being hauled over and upon said road, end by reason 
of the fact that vehicles carrying maximum loads moved at the maxi- 
mum speeds specified by the provisions of the laws of the State of 
Oregon are breaking up, damaging and deteriorating the said road; and 
the Commission having found upon due investigation that it will be 
for the best interest of the said state highway that the maximum to=- 
tal weight of load and vehicle which shall be permitted upon said 
road shall be reduced so as to conform to the requirements fixed in 


this order; 
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of any candidate for election to public office, and prohibiting the partici- 
pation of employes in election campaigns: 


Circular Letter No. 3l. 


TO ALL STATE HIGHWAY DEPARTMENT EMPLOYES: 


In view of the nonpartisan nature of the State Highway 
Department and the necessity of administering its functions on a 
strictly nonpolitical basis and in the interest of the state as a 
whole, the employes of the State Highway Department are again 
cautioned to refrain from all political activities. 


No one is or will be authorized by the Oregon State High- 
way Commission to solicit contributions from state highway employes 
for the campaign fund of any candidate. No employe will be per- 
mitted to engage in such solicitation. 


This-is brought to your attention at this time in order that 
that there may be no misunderstanding as to the attitude of the High- 
way Commission in this matter, and with the view of preventing par- 
ticipation of employes in election campaigns. 


By order’ of 
THE OREGON STATE HIGHWAY COMMISSION 


HENRY F. CABELL 
As Chairman 


E. B. ALDRICH 
As Commissioner 


F. L. TOU VELLE 
As Commissioner 


The: Commission considered briefly the Ingineer's report on the re- 
sults of the State-Wide Planning Survey in so far as it pertains to the sol- 
vency of roads for construction, but deferred action on this matter until the 


next regular meeting. 


A letter was presented from Frank H. Rogers, City Inspector, Med- 
ford, requesting the Commission's approval of two overhead flashing signals 
which the city desires to install at two street intersections on the route 
of the Pacific Highway in Medford, one being at the intersection of Main and 
Riverside Streets and the other at the intersection of Main and Central 
Streets. It appears that the signals have already been ordered by the city 
but they do not conform to the standard requirements of the State Highway 
Commission. In the discussion of this matter it was brought out that the 
Commission has previously refused to approve similar installations in other 
places because the lights to be installed did not meet with the state's 
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required to stop at this point it is certain that before long someone will 
be injured. He gave as his thought that the danger from the falling rocks 
is greater than the tunnel hazard and pointed out that the hazard might be 
eliminated or reduced by the construction of a shed over the highway this 
short distance were it not for the fact that the rocks would catapult onto 
the railroad tracks, which are directly beneath the highway at this point. 
He requested instructions. After discussion, the Commission ordered a thor- 
ough investigation of this matter and a report rendered thereon. The Ingi- 
neer was also instructed to contact Mr. Sam Murrey, Resident Mmgineer for 
the 0.4.R.& N. Company, relative thereto, and ascertain from him whether or 
not the railroad company is sufficiently interested to join in the cost of 
constructing a suitable shed for the protection of both highway and rail- 
road traffic. The work of installing the "stop" and "go" signals was or~ 
dered stopped pending disposal of this matter. 


Mr. L. G. Apperson, City Ingineer, Porvland, conferred with the 
Commission in regard to the proposed Wilson River Highway W.P.A. projec and 
particularly in regard to the county equipment that has been offered the 
State for use on this work, The State Highway Imgineer advised Mr. Apper- 
son that the Commission is considering the matter of the use of the county 
equipment, some of which, inspection reveals, is in good condition and some 
in very bad condition, and has instructed him to investigate the proposition 
of the state purchasing the equipment for a nominal sum. Mr. Apperson ad- 
vised that, while the city of Portland owns some of this equipment, it cannot 
sell it without first advertising it for sale. He further advised that most 
of the equipment is owned jointly by the counties anc the city, having been 
purchased by a pool of funds, and the owners are perfectly willing for the 
state to have. the use of it on the Wilson River W.P.A. project without any 
thought as to what condition it may be in when it is returned. 


The State Highway Imgineer was instructed to contact the several 
county courts in regard thereto and report the results thereof at the next 
meeting of the Commission. Mr. Apperson was requested to again look into 
the possibilities of selling the equipment to the state at private sale. 


The Commission considered and approved the filing of a petition 
with the Federal Government, under the provisions of the Recreational Act, 
for the purchase of 200 acres of land described as the S.E.j of the 8.W.} 
and the S.3 of Section 20; also the N.; of the N.E.z of Section 29, Township 
11 S., Range 26 E., W. M., at the rate of 50¢ per acre, said land being lo- 
cated in the famous Turtle Cove Section of the John Day Valley fossil area, 
and the purchase being recommended by the State Parks Superintendent. 


The Commission approved loaning the notes of the survey for the 
road leading into the Cape Lookout District, Tillamook County, to the Tilla- 
mook County Court to enable the Court to conduct a W.P.A. clearing and grub- 
bing project on proper alignment. 


The Commission signed the following letter directed to all State 
Highway Department employes relative to contributing tc the campaign fund 
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1937, within which to complete this job. He attributed his fail- 
ure to complete the job within the specified time limit to high 
water conditions in the Umpque River, which conditions were be- 
yond his control. The Engineer advised that the reason given by 
the contractor for failure to complete the job within the speci- 
fied time is correct. He recommended, in view of the circun- 
stances, that the extension requested be granted without penalty. 
The Commission approved the recommendation by unanimous vote. 


The Engineer reported that contracts Nos. 1892, 1909, 1916, 1957, 
1999, 2008, and 2011, for the construction of state highway projecis, have 
been completed according to the requirements of the contracts or modifica- 
tions thereof and that said jobs are now ready for acceptance. 


The following resolution accepting the above projects was offered 
and was adopted by the unanimous vote of the Commission: 


WHEREAS, the Engineer has reported that the following 
contracts for the construction of state highway projects have been 
completed according to the terms and provisions of the contracts 
and that said jobs are now ready for acceptance: 


Contract No. 1892, with Roy L. Houck, for grading 
and bridge construction on the Butteville Road-White 
School Section of the West Portland-Hubbard Highway,in 
Marion County. Completed November 2, 1937. 


Contract No. 1909, with Berke Bros., for grading 
the Storm Creek-Lamb Creek Section of the Santiam Highway, 
in Linn County. Completed November 7, 1957. 


Contract No. 1916, with Parker-Schram Company, for 
grading, paving, and structural work on the Ross Island 
Bridge-Schiller Street Section of the East fortland- 
Oregon City Highway, in Multnomah County. Completed Oc- 
tober 30, 1937. 


Contract No. 1957, with Warren Northwest, Inc., for grad- 
ing and paving the Shedd-Halsey Section of the Pacific High- 
way, in Linn County. Completed November 4, 1957. 


Contract No. 1999, with Saxton, Looney & Risley, for 
regrading, surfacing, and furnishing crushed rock for the 
Eagle Point-Baker Guleh Section of the Little Butte Second- 
ary Highway, in Jackson County. Completed December 11,1937. 


Contract No. 2008, with Rogers Construction Company, 
for furnishing crushed rockfor the Forest Boundary—Long 
Creek Section of the Pendleton-John Day Highway, in Grant 
County. Completed November 27, 1957, 
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requirements. In order to be consistent in the matter, the Commission decid~ 
ed not to give its approval in the present instance. The Mngineer was in- 
structed to inform Mr. Rogers of the action taken and of the state's require- 
ments with respect to such matters. He was also instructed to prepare a form 
letter to be sent to all incorporated cities and towns advising them that the 
State Highway Commission has authority to specify the type of lights that 
shall be installed on highway routes through cities and towns, and asking 
them hereafter to secure the approval of the State Highway Commission as to 
the type of such installations before placing their orders for the lights. 


The Commission had under consideration the following requests for 
extension of time within which to complete highway construction projects: 


Roy L. Houck, Contract No. 1892, for grading the Butteville 
Road-White School Section of the Butteville Road-Hubbard Secondary 
Highway, in Marion County, requested an extension of time from May 
31 to November 3, 1937, within which to complete this project. He 
alleged that his delay in completing the project within the spec- 
ified time limit was due to the failure of the Southern Pacific 
Company to complete its portion of the work, involving the construc- 
tion of a railroad structure over the highway. The Mmgineer advised 
that the reason given by the contractor for failure to complete the 
job within the specified time limit is correct; that the railraad 
company could not complete its portion of the job because strikes 
delayed the delivery of steel. He further advised that Mr. Houck 
could not do the excavating work south of the structure site until 
the railroad company had removed its shoofly track. In view of the 
circumstances and the fact that the highway contractor's delay was 
occasioned by no fault of his own, he recommended that the exten- 
sion be granted without penalty. He submitted a letter from the 
Bureau of Public Roads concurring therein. The Commission approved 
the recommendation by unanimous vote. 


Berke Bros., Inc., Contract No. 1909, for grading the Storm 
Creek-Lamb Creek Section of the Santiam Highway, in Linn County, re- 
quested an extension of time of two weeks, from October 31 to No- 
vember 15, 1937, within which to complete this job. They alleged 
that their failure to complete the job within the specified time 
limit was due to bad weather conditions and to the fact that they 
were required to remove some slides on the adjoining section. The 
Engineer advised that the reasons given by the contractor for fail- 
ure to complete the job within the specified time limit are sub- 
stantially correct. te recommended, in view of the circumstances, 
that the extension requested be granted without penalty, and sub- 
mitted a letter fror the Bureau of Public Roads concurring therein, 
The Commission approved the recommendation by unanimous vote. 


Roy L. Houck, Contract No. 1983, for resurfacing the Wilson 
Ranch-Paradise Creek Section of the Umpqua Highway, in Douglas Coun- 
ty, requested an extension of time from November 30 to December 21, 
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Portland, Oregon, January 5, 1938 


The State Highway Commission met in regular session at 8:00 o'clock 
p. m. in Room 204, Benson Hotel. Present were: 


Henry F. Cabell, Chairman 

E. B. Aldrich, Commissioner 

F. L. Tou Velle, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


The Commission by unanimous vote approved the minutes of the meet- 
ings held on August 11 and 12 and September 13 and 14, 1937. 


The Engineer requested authority to acquire certain parcels of 
real property that are needed for various highway improvements throughout 
the state and submitted a list of such properties together with prices that 
he recommended be paid for each. After careful consideration the Commission 
approved the recommendation and by unanimous vote adopted the following reso- 
lution relative thereto: 


WHEREAS, in connection with the further improvement of the 
highways hereinafter designated, it is and has been necessary to 
acquire property for right of way, quarry sites, gravel or other 
material sites, or sites for the storage of materials, as herein- 
after more definitely set forth; and 


WHEREAS, as & result of negotiations carried on with the own- 
ers of the property required, options have been obtained, which 
options have been considered by the Commission, outlining the bases 
of settlement which have been agreed upon; and 


WHEREAS, it is the judgment of the Commission that the said 
options should be approved and accepted, and/or the said reports 
be declared acceptable to the State Highway Commission as bases of 
settlement for the properties involved, and that the acquisition of 
the properties should be completed: 


NOW, THEREFORE, BE IT RESOLVED that the several offers, or ba- 
ses of settlement hereinafter enumerated be, and the same hereby 
are approved and accepted, and that the Attorney for the State 
Highway Commission be, and he hereby is instructed to complete the 
acquisition of the said properties and to take title thereto in the 
name of the State of Oregon. The said properties hereby oraered 
and authorized to be acquired are as follows: 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Klamath Falls-Lakeview Section - Klamath Falls-Lakeview Highwa 
4730-Stephenson,Dollie Wright R/W 0.59 $20 per a.plus McChesney 


$13.20 
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Contract No. 2011, with Frank Watt Construction Com- 
pany, for construction of a frame storage building near 
the south city limits of Portland, in Clackamas County. 
Completed November 30, 1937. 


THEREFORE, BE IT RESOLVED that the work covered by suid 
state highway contracts for the construction of said state high- 
way projects be declared completed according to the terms of the 
respective contracts, and said jobs are hereby accepted and final 
payment in connection with each is hereby authorized. 


The Commission considered and signed agreements, et cetera, as fol- 
lows: 


Agreement with the Pacific Telephone and Telegraph Company 
with respect to the North Powder—Muddy Creek Section of the Old 
Oregon Trail; 


Agreement with the 0.W.R.& N. Company, Union Pacific Com 
peny, and Baker County, covering encroachment of the Old Oregon 
Trail on railroad property at Haines, Oregon; 


Agreement with the Oregon-American Lumber Corporation, pro- 
viding for the transportation of logs across the Wolf Creek High- 
way at two points in Sections 11 and 14, Township 4 North, Range 
7 West, W. M., Clatsop County; 


Agreement with Weyerhaeuser Timter Company extending the 
term of a ground lease covering a stockpile site located in the 
N.W.g of the S.W.j of Section 3, Township 40 S., Range 6 E., W.M., 
Klamath County; 


Bargain and Sale Deed, conveying unto Multnomah County 0.01 
acre of land situate in Sections 7 and 18, Township 2 N., Range 
1 W., W.M., Multnomah County, and being adjacent to the Columbia 
County Line-Linnton Section of the Columbia River Highway, said 
parcel having been acquired by the state to provide a connection 
between the highway ane what is known as the Logie Trail Road. 


There being no further business to come before the Commission at 
this time, the meeting was adjourned at 5:30 o'clock p. m. 


. 


| ao 


Secretary 
1267 BetebaA- 


State Highway Mmgineer 
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Section, Hwy. and Owner Purpose Acres Approximate Amounts Agent 


Vi tion — Col ver Hizhwa: 

5335-Tagwell, Robert Stock Pile 1.01 Lump Sum $100 Collins 

5351-Koons, Katie Quarry 4.86 $50+ per a. McCallister 

5287-Wineberg, Wm. J. Stock Pile 0.80 $100 per a. Collins 

5305-Reils, Frederick W.Road Easement -—- Gratis " 

Clats t; tion - t hw 

5283--Anderson, Karie k Pile 0.52 leyr.Lease $15 Lump Collins 
Sum 


Harrie Cresk-Chalke CLitf Section - Fremont Wizimey 
5272-Currier, Wn. Manley 14.92 8.0 a. at $100 per a. 
" 


6.92 a. at $10 " 

plus $1468.20 McCallister 
5254—Currier, Wm. Manley " 6.6 4.0 a. at $100 per a. 

26a. at flo * n 

plus $933.80 " 
5271-Foster, Ralph C. " 5.37 4.0 a. at $100 per a. 

1.57 a. at $10 * " 

plus $1890 McChesney 
3911-A—Harvey, Wm. H. " 11.48 6.0 a. at £100 per a. 

3.48 a. at $50 " 

2.0a. at $10 * * 

; plus $2943.75 " 

5497-Harvey, Wm. H. Gravel Pit 5.21 $100 per a. McCallister 


Baker County Line-lieiser Section - Old Orezon Trail Highway 
5236—Malheur County Stock Pile 2.91 Gratis Wells 


Gibbs Ranch-County Farm Section - Baker-Unity ‘lighway 
5352-Bowen, Edw. Clifford 1.88 a. in Gravel Pit 


Gravel Pit and Hauling Road 0.39 a. in Hauling Road 


Land $300, plus $40 Wells 
Island City-Cove Section — Cove Highway 


2725-Wilson, Ed. Gravel Pit 4.85 1.5 a. at $100 per a. 
3.35 a. at $22.40 
plus $25 Wells 
Lom e sworth Sec - Northeast Portland 
5427-Egger, Arnold i 230,886 sq.ft.at per sq.ft. Parker 
na 


5492-Zwahlen, Ernest © 141,400" " $0.01591 per sq.ft. 


Special consideration was given by the Commission to the acquisi- 
tion of right of way from William Manley Currier for a revision of the Fre- 
mont Highway between Harris Creek and Chalf Cliff, in Lake County, being 
right of way negotiation No. 5906. The Commission considered the price quot— 
ed by Mr. Currier too high and authorized the Attorney to offer him $2750 for 
his property and to condemn the same if Mr. Currier will not accept such sum. 
The Commission approved payment to Mr. Currier of the amounts asked for two 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Sunset Tunnel-Buxton Section - Wolf Cree 
5225-Boos, E. J. R/W 16.15 tis per a.plus $257.75 


McChesney 


5231-Fowler, Quincy M. " 9. 72 Gratis 


Siskiyou Summit—Californie e Section - Pacific Hi 
5452-Keith Oil & Land Co. R/W 39.779 ¢io per a. Benson 


Mystic Creek Section ~ Coos Bay-Roseburg Highway 


5528-Bushnell, Mary J. Gravel Pit 40.0 5-yr.Lease,3¢ per cu.yd. Ford 
5527—Bushnell, Mary J. Stock Pile 52 5~-yr.Lease, $5 per yr. " 


South Marshfield Section - Oregon Coast Hizhwa 
5102~VanLydegraf, Florence M. 7 4500 sq.ft.Property to be exchanged 
for 10,434 sq.ft.in Blk.6 
West Bunker Hill,valued 
at $1043.40,plus moving 
buildings, estimated to 
cost $456.60 Benson 
5093—Moeninger, Anna 745 Lump Sum $500 plus re- 
mated to cost $500 
5107-Weikel, H. Emelia » §6§©16,815 * Lump Sum $7,431.50 
5106-Weikel, H. Emelia " 495 " 10¢ per sq.ft. 
5116-Owen, Annie C. " 8,295 " per sq.ft. plus $25 
5397-Kamilo, Menelo,Borrow Easement 5,500 * Gratis 
5109-Kamilo, Menelo R/W 2,500 % Lump Sum $900 
5100-Carlson, A.F. et al 4,500 " 10¢ per sq.ft. 
5088-Ortman, W. H. 7" 35¢ per sq.ft. 
4783-McKeown, Ed. Heirs 1,024 # 10¢ per sq.ft.plus$47.60 
plus moving bldgs. 
5101-Larson, Herman et al 15,000 " Lump Sum $1500 
4772-Johnson, Leonard A. 2,015 " Lump Sum $1250 plus mov- 
ing bldgs.,estimated to 
cost $800 * 


x 


Spe mhagts SF Siew, * i at asi sibs saa e it : 


Tideways Island Section - Oregon Coast Highwa 
5387—Chamberlain, Wm. C. 0.76 $100 per a. plus $20 Benson 


Goshen-Lowell Section — Wiliamette Highwey 
5510-Copenhaver, Florence M. 0.76 Lump Sum $175 Lytle 
Stock Pile 
Newport-Siletz River Section - Oregon Coast Highway 
39528 Atlantic Western Co. 1.74 Gratis McCallister 
4453-O0'Brien, Julia S. " 2.02 $100 per a.plus 4,900 
sq.ft. land outside 
right of way 
4064-Godka, J. F. " 0.67 $200 per a. plus $150 
4185-Siletz Investment Co. " 27,880 sq.ft. 4¢ per sq.ft. 
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or instruments necessary to complete the acquisition of the said 
property or properties or which descriptions may be used in the 
preparation of a complaint in the event that condemation pro- 
ceedings are necessary. 


3. That the boundaries of the said parcel or parcels 
of land, as defined and determined by the said survey made by 
the said Highway Engineer, along the route or location adopted 
by the Highway Commission, shall be and the same hereby are adopt— 
ed and the lands defined therein are hereby declared to be and the 
same are included within the rights of way of the said portion or 
portions of the said state highway system and hereby are declared 
to be necessary for the proper location, improvement, construc- 
tion, and maintenance of the said portion or portions of the state 
highway system. 


4. That I. H. Van Winkle, Attorney General of the State Be, 
of Oregon, and J. M. Devers, Assistant Attorney General and Attor- “ae 
ney for the State Highway Commission, be and they are hereby re- , 
quested, authorized and directed to attempt to agree with the own- 
er or owners and/or with the tenants or persons in possession, if 
there be any, of said parcel or parcels of land with respect to 
the compensation to be paid for the taking of the same and the dam- 
age, if there be any, and in the event that no satisfactory agree- 
ment cr agreements can be reached, then it is hereby further re- 
solved that the Attorney General of the State of Oregon, and J. M. 
Devers, Assistant Attorney General and Attorney for the State High- 
way Commission, be and they hereby are requested to commence and 
prosecute to a final determination such suit or action, or suits 
or actions, as may be necessary end appropriate to acquire title 
to the said premises and all rights therein for the purposes here- 
in stated. 


5. That this resolution be entered in full in the min- 
utes and records of this Commission. 


In regard to right of way negotiations 5271 and 5911A with Ralph 
C. Foster and William H. Harvey for right of way for the Harris Creek-Chalk 
Cliff Section of the Fremont Highway, the Commission approved the settle- 
ments effected by the right of way agent subject to the condition that the 
owners will construct seven-strend wire fences for which the state is paying ‘i 
as part consideration for such right of way. 35 


The Commission considered and rejected the offer of Gail W. Buel 
to sell to the state,for the sum of $2,011.65, 2.861 acres of land that are 
needed for right of way for the Sheridan-MeMinnville Section of the McMinn- 
ville-Tillamook Highwey, in Yamhill County, such price being considered ex- 
orbitant and the right of way being not needed at the present time. 


a Ta 
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additional tracts needed for right of way, being right of way negotiations 
Nos. 5272 and 5254, but euthorized the Attorney to acquire such parcels by 
condemnation if necessary. He was also authorized to condemn right of way 
needed for the Troutdale-Multnomah Falls Section of the Columbia River High- 
way across the land of Fritz and Vivian Luscher, in Multnomah County. The 
following resolution with respect thereto was adopted by the Commission 

by unanimous vote: 


WHEREAS, the State Highway Commission is by law author- 
ized and directed to lay out, locate, designate, construct, improve 
and maintain a system of state highways in the State of Oregon, and 
to acquire rights of way and to declare the necessity and need for 
the acquisition thereof, and the advantages to be gained thereby; 


NOW THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission as follows: 


1. That the State Highway Commission does hereby find 
and declare that it is necessary and will be of advantage to the 
State of Oregon and there is need that the State acquire for right 
of way purposes in connection with the permanent location, con- 
struction, improvement, and maintenance of the following section 
or sections of the state highway system of the State of Oregon, 
to wit: 


Foster Creek—Paisley Section of the Fremont Highway 
Troutdale-Multnomah Falls Section of the Columbia River Highway 


land and property owned by or in possession of the following parties 
and/or persons, to wit: 


Foster Creek-Paisley Section of the Fremont Highway 
William Manley Currier and Elsie M. Currier 
Troutdale-Multnomeh Falls Section of the Columbia River Highway 
Fritz Luscher and Vivian Luscher 


as their respective interests may appear, and this Commission does 
hereby declare further that the said property or properties are 
necessary, are needful, and the acquisition thereof will be of ad- 
vantage to the State of Oregon for right of way purposes in order 
to make it possible for the State Highway Commission to properly 
iocate, construct, and maintain said portion or portions of the 
said state highway system in accordance with standards adopted by 
this Commission relative to curvature, grades, alignment, drainage 
and factors of safety. 


RS FRE see 


2. That the State Highway Engineer be and he hereby is 
instructed and directed to properly survey the parcel or parcels 
of land required for such right of way purposes and prepare proper 
and adequate descriptions thereof, which descriptions shall be em 
ployed in the preparation of a deed or deeds or other instrument 


he said, as to the constitutionality of the law which makes it possible for 
the Highway Commission to be sued. After some discussion the Commission de- 
cided to pey for the property in two annual installments, as requested by 
Mr. Bowerman. 


The Attorney also reported the results of a conference with Mrs. 
Elizabeth W. Griggs for the acquisition of 0.36 acre of her land that is 
needed for right of wey for the Columbia River Highway across her property 
at Corbett, in Multnomah County. He said that he offered Mrs. Grisgs $50 
for this aree but she is demanding $350 for the same. He was authorized by 
the Commission to raise his offer to $100. 


The Commission had under discussion the matter of securing the co- 
operation of the Southern Pacific Compeny with respect to the proposed Albany 
railroad grade separation project. It appears that the reilroad company owns 
certain property that is needed for right of way for this project, but the 
railroad company has tenants who are railroed shippers and with whom it will 
be necessary to deal in connection with right of way matters. The Attorney 
reported that the engineering department of the Southern Pacific Compeny in 
Portlend hes expressed every willingness to cooperete with the stete with re- 
spect to the right of way but thet by reason of the exorbitant and unreason- 
able demands made by the tenants it was impossible to meke proper settlements 
and suggested that the matter be taken up directly by the Commission with the 
Southern Pacific Company. He also reported that plans had been worked out 
and discussed with the Albany Seed Company and the McLaughlin Cold Pack Plant 
involving the providing of other sites and moving the existing buildings, but 
that these plans had been rejected and other settlements demanded which, in 
the case of the Albany Seed Company, would amount to an additional $2,450.00 
and in the cese of the McLaughlin Cold Pack Plant to an additional $6,350.00. 
After discussion it was decided that Chairman Cabell would teke the matter up 
with the railroad company officials in San Frencisco, explaining the situation 
in detail and esking their consideretion and cooperation. 


The Commission considered and approved the following changes sug- 
gested by the Tillamook County Court in the form of deed offered by the Wey- 
erhaeuser Timber Compeny to convey unto Tillamook County certain timber strips 
adjacent to the wilson River Highwey, in Tillamook County. 


Following the words "marketable timber", in the second peragreph, 
on page 1 of the deed, there were added the words "suitable fcr lumber"; and 
on page 2 of the deed, following the word "exclusively", there was taken out 
“and, if at any time, said lands, or any part thereof, should be abendoned 
for such use, or the maintenance thereof for such purpose be discontinued, 
the same, or the part thereof so abandoned for such use or discontinued to 
be maintained for such purpose, shall ipso fecto revert to and be end remain 
the absolute property of the grantor, its successors or assigns". 


In connection with this matter, the Attorney read aloud « form of 


agreement that ue has prepared covering the deeding of this property by the 
company to the county in the first instance, and the trensferring of title 
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In the discussion of consideration to be paid property owners for 
right of way and for other purposes involving the moving of buildings, the 
Commission ordered that hereafter an estimate of cost to move the buildings 
shall be submitted to the Commission in each instance, for approval, along 


with the option to purchase the property, so that the Commission will have 
such information in passing on the matter. 


Reconsideration was given by the Commission to the claim of Mrs. 
Maude Hastings Campbell for damage that she alleges occurred to her property 
by reason of the construction of the Union Avenue viaduct on the East Port— 
land—Oregon City Highway, in Portland. The Attorney advised that Mrs. Camp~ 
bell is demanding the sum of $7,000 for the settlement of her claim. The 
Commission denied the claim by unanimous vote. 


The Attorney reported results of a conference with attorneys of 
the Security Investment Company, Oregon City, for acquisition of right of 
way for the East Portland—Oregon City Highway across this company's property 
along the water front in Oregon City. He said that the company has now 
agreed to accept the sum of $48,.00 for its property, which amount is still 
far in excess of the value placed on the property by the state's appraisers. 
The Commission also considered the offer exorbitant and instructed the Attor- 
ney to so advise the owners. 


Consideration was given by the Commission to the acquisition of 
right of way needed for a revision of the Oregon Coast Highway across prop— 


erty owned by J. A. and K. Sansbury, at Gleneden Beach, in Lincoln County. 
The Attorney reported that the Sansburys are demanding a sum of approximate- 
ly $4,000, but he does not believe the property is worth more than $3,000 
based on the following: two acres of hand at $500 per acre, $1,000; sever- 
ance damages, $500; remodeling the house, $1,500. The Engineer advised that 
the Commission does not have 4 project programmed for this section, so this 
right of way will not be needed in the near future. The Commission thereupon 
decided to defer the acuuisition of this property and ordered the discontinu- 
ance of negotiations for right of way for the Siletz-Newport Section of the 
Oregon Coast Highway, except to close deals that appear to be exceptionally 
good. 


The Commission discussed briefly the matter of acquiring right of 
way for a revision of the Oregon Coast Highway through the William S. Walton 
property at Neskowin, but deferred action thereon until its next meeting. 


The Attorney reported results of a conference with Mr. Jay Bowerman, 
attorney for the owners of Rooster Rock on the Upper Columbia River Highway, 
which the Commission is purchasing for right of way end recreational purposes. 
He said that Mr. Bowerman is concerned about the state making payment for this 
property in three annual installments because of the possibility of a new 
highway commission being appointed in the interim which would not recognige 
any agreement made by the present Commission with respect to the deferred pay- 
ments, and he has su;zested that the stete pay for the property in two annual 
installments of $5,000 each, one such payment to be made immediately and the 
other in January of 1939. There is a question in the mind of Mr. Bowerman, 
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Quinn-Robbins, Inc. 

Saxton, Looney & Risley 
Harold Blake 

Homer G. Johneon 

Warren Northwest, Inc. 

Coos Bay Dredging Company 
Newport Construction Company 


MEDICAL SPRINGS SECONDARY HIGHWAY 
NORTH UNIT, MISSOURI FLAT SECTION - GRAVEL SURFACING 


0. C. Yocom 

Van Cleave & Van Cleave 
Roy L. Houck 

Leonard & Slate 
Quinn-Robbins, Inc. 
Saxton, Looney & Risley 
Hart Construction Company 
E. H. Itschner 

Coos Bay Dredging Company 
Harold Blake 

Warren Northwest, Inc. 
Homer G. Johnson 

Newport Construction Company 


MT. HOOD AND WAPINITIA HIGHWAYS 
MT. HOOD ROCK PRODUCTION PROJECT 


Saxton, Looney & Risley 
A. S. Wallace 


2. 0. Dail & Warren Bros., Inc. 


Joplin & Eldon 

S. S. Montague - 

A. C. Greenwood, Inc. 

E. H. Itschner 

Fisher Bros. 

Homer G. Johnson 

Dolan Construction Company 
H. L. Rice 

E. C. Hall Company 


JOHN DAY HIGHWAY 


$ 


$10,042.00 
10,611.00 
10,675.00 
10,980.00 
11,425.00 
11,908.00 
12,815.00 


5,750.00 
4,450.00 
4,550.00 
5,250.00 
5,740.00 
5,935.00 
5,965.00 
6, 790.00 
7,215.00 
7,400, 00 
7,625.00 
7,775.00 
8,700.00 


$21,060.00 
21,620.00 
22,240.00 
23,327.00 
23,910.00 
25,740.00 
25,935.00 
26,580.00 
27,540.00 
27,680.00 
29,578.00 
29,950.00 


SHUTTLER FLAT-CONDON SECTION ~ CRUSHED ROCK IN STOCK PILES 


Schmeer, Williams & Gentemann 
Jones-Seott Company 

Fisher. Bros. 

Saxton, Looney & Risley 
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from the county to the state within e period of five years. The Commission 
approved the form of agreement by unanimous vote and instructed the Attorney 
to present it to the Tillamook County Court for acceptance. 


ll a et Seat CE AD 


The Commission had under consideration the followirg offers for 
the purchase of buildings located on property previously aecquir-1 for right 
of way for the proposed improvement of the Oregon Coast Highway through the 
Bunker Hill District south of Marshfield: (1) offer of Walter Jerson to 
purchase the building located on Lot 15, Block 9, Bunker Hill, for the sum 
of $18, and the building located on Lot 12, Block 9, Bunker Hill, for the 
sum of $32; (2) offer of George A. Blake to purchase the building located 
on Lot 13, Block ¢, Bunker Hill, and the building located on Lot 12, Block 
9, Bunker Hill, for the sum of $15; (5) offer of Arthur L. Fitch to pur- 
chase for the sum of $15 the building located on Lot 12, Block 9, Bunker 
Hill. The Attorney advised that these buildings have previously been adver- 
tised for sale but unsatisfactory bids were received. He recommended accep- 
tance of the offer of ‘ir. Jepson for the purchase of the two buildings at 
$50. The Commission approved the recommendation by unanimous vote. 


The Engineer reported receipt of a copy of a report prepared by Mr. 
C. J. Buck, Regional Forester of the United States Forest Service, for sub- 
migsion to the State Planning Board, relative to wayside strips. He said 
that Mr. Buck would like to discuss this report with the Commission before 
he presents it to the Planning Board. He was instructed to invite Mr. Buck 
to be present at the February meeting of the Commission, and, in the mean- 
time, to study the report with a view of making recommendations in regard 
thereto at such meeting. 


The Commission adjourned at 10:30 o'clock p. m. to reconvene at 
9:00 o'clock the following morning, in the Auditorium of the Public Service 
Building. 


Portland, Oregon January 6, 1938. 
The State Highway Commission reconvened in regular session at 9:00 


o'clock a. m. in the Auditorium of the Public Service Building, with all mem 
bers, the State Highway Engineer, the Attorney, and the Secretary present. 


x 
o ae ‘cae 
a aes - Ponts 


Bids as follows for highway construction projects were opened and 
read in conformaace with previously published notice: 


= 
v 


BAKER-UNITY HIGHWAY 
GIBBS RANCH-BAKER SECTION - GRAVEL SURFACING 


Spare tially wit i 
fe te 


0. ©. Yocom 

Leonard & Slate 

Van Cleave & Van Cleave 
Roy L. Houck 

Hart Construction Company 
E. H. Itschner 
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practice should be continued in view of the fact that the Commission might 
be held responsible and liabie in the event of accidents occurring. He gave 
as his thought that the accommodating of traffic in this way is desirable, 
if it can be done without the assumption of liability on the pa rt of the 
Commission, and suggested that it might be satisfactory to require the par- 
ties desiring the service to sign a statement requesting it and relieving 
the Commission from liability. He submitted a form of statement as follows 
covering the matter, for the Commission's consideration: 


iy » the undersigned, hereby request the State 
Highway Commission to assign and designate an employe of the High- 
way Department to pilot my car through the waters which overflow 
and submerge the Highway at or near . 
which service is requested for my own personal advantage and with 
full knowledge of the hazard involved, and I therefore accept full 
responsibility for any accident which may happen and/or any injury 
or damage which I or my passengers may sustain while being piloted 
over the said water-submerged highway. 


Dated this day of ———-_-__--, 195—. 


Witnesses: 


Applicant 


After discussion and upon advice from the Attorney to the effect 
that the signing of such statement by the party or parties requesting the ac- 
commodation would relieve the Commission from liability for damage, the Com- 
mission approved the same and authorized the Engineer to continue to furnish 
pilot-car service when requested so to do in writing, using a copy of this 
form statement for the purpose, but not to furnish such accommodation to par- 
ties who will not sign the statement. 


Mr. V. Kalafate, Portlend, came before the Commission at this time with an 
offer to purchase for the sum of $25 the liouse, barn and shed that were ad- 
vertised by the Commission for bids to be received at this meeting. It was 
the opinion of the Commission that Mr. Kalafate's proposal was received too 
late to be considered as a bid submitted as a result of the Commission's pub- 
lished notice of sale. However, the offer being satisfactory, the Commission 
accepted the same by unanimous vote, as a private transaction, and instructed 
the Secretary to enter the transaction in the record as such, 


The Engineer reported on the cost to light all underpuss structures 
located on state highway routes within the corporate limits of cities and 
towns throughout the state, as ordered by the Commission at a previous meet- 
ing. He said that there are seven such structures now being lighted; viz, 
at Ontario, Bend, Oregon City, Salem, LaGrande, and two in Portland. He 


JAN 6 1938 


7820 


(Shuttler Flat-Condon Section, continued) 


kogers Construction Company $10,420.00 
- A. Ss. Wallace 10,430.00 
*. H. L. Rice 10, 665.00 
2: Warren Northwest, Inc. 10, 785.00 
& Joplin & Eldon 14,050.00 


PACIFIC HIGHWAY 


ey ROSS STATION-ARVARD SECTION - PORTLAND CEMENT CONCRETE PAVEMENT 
28 
we Harold Blake $49,087.00 
q Jacobsen—Jensen Company 50,379.50 
a Edlefsen-Weygandt Company 51,418.50 
% Mountain States Construction Company 51,757.00 
3 Warren Northwest, Inc. 58,115.00 
E. 
ag WESTON-ELGIN SECONDARY HIGHWAY 
%. FOREST BOUNDARY-——ELGIN SECTION 
& ; GRADING, SURFACING, OTLING; ALSO CRUSHED ROCK IN STOCK PILES 
4 i E. H. Itschner $43,408.00 
rot Leonard & Slate 55,909.00 
‘s S Newport Construction Company 57,006.00 
Sa Homer G. Johnson 67,072.00 
Geo. F. Price 70,496.00 
‘ JOHN DAY HIGHWAY 
=. BUTTE CREEK SECTION 
b 3) GRADING, SURFACING, OILING; ALSO CRUSHED ROCK IN STOCK PILES 
ie Leonard & Slate $59,094.50 
ve. Fisher Bras. 40,264.00 
te E. H. Itsechner 41,057.50 
i Warren Northwest, Inc. 45,716.00 
“hg Harold Blake 46,896.50 
he McNutt Bros. 48,297.00 
¥ F. C. Dillard 52,545.50 


a No bids were received for the purchase of the house, barn and shed 
eee located at West Portland Heights about one mile east of Tigard, Washington 
County, which was previously advertised for sale at this meeting. 


Chairman Cabell announced that the award of contracts would be made 
at 2:00 o'ciock p. m. in the same room. 


ee The Engineer requested instructions in regard to the furnishing of 

1g pilot-car service to guide traffic along inundated sections of highways dur- 

Th ing periods of high water. He said that such service has been rendered at 
times in the past but there is a question in his mind whether or not the 
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the next meeting pending the securing of additional information by the Ingi- 
neer regarding an existing sidewalk. 


The Secretary presented a report on arrests tiat have been made 
by officers of the State Police Department since July 1, 1957, of logging 
equipment that has been found to be loaded in excess of the weights allowed 
by law. The report indicates that there has been a decided decrease in the 
number of violations for overloading since the Commission adopted its new 
rules and regulations relative to penalties for infractions of the law in 
this respect. The Commission ordered the report filed. 


The Commission nad under consideration the Engineer's report on ahs. 
the matter of constructing a new connection of the Hillsboro-Woodburn Sec- Vee 
ondary Highway with the Pacific Highway at Woodburn, involving the extension yy 
of Young Street, Woodburn, easterly a distance of about 600 feet, and the 


elimination of two turns in the present route. The Engineer recommended = 
that the change be not made, it being his thought that the hagard of a di- a 
rect crossing of a main trunk highway is much greater than an indirect cross- 2 


ing, as now exists.. After discussion the Commission decided not to do any- 
thing with the matter at the present time because funds are lacking with es 
which to finance construction of the same. “a 


The Engineer presented two alternate plans for the separation of 
vehicular traffic at the intersection of Denver Avenue and Union Avenue (Pa- 
cific Highway) in Portland, one of which is described as a circle arrange~- 
ment and the other as a clover leaf or oval arrangement of traffic lanes. 

He estimated that to construct the traffic circle lanes would cost about 
$182,000, including right of way, and to construct the clover leaf plan 
would cost about $172,000, including right of way. He recommended the 
adoption of the clover leaf or oval plan and requested authority to secure 
options from the various property owners for right of way needed for the je 
same and to negotiate with the officials of the Peninsula Golf Club, which a 
is involved, with respect to right of way and the rearrangement of the golf >» 
club facilities. After considerable discussion and careful study of the al- 
ternate plans, the Commission by unanimous vote tentatively adopted the plan Ey 
recommended by the Engineer (clover leaf or oval plan) subject to approval 
by the Bureau of Public Roads. The Engineer was instructed to present the 
plans to the Bureau of Public Roads officials, together with the Commis- 
sion's recommendation. The Engineer was authorized to secure options from 
the property owners for the needed right of way and to negotiate with the 
officials of the Peninsula Golf Club for right of way across the Golf Club 
property and for the rearrengement of the golfing facilities. 


Mrs. Nina I. Belt, Newport, came before the Commission at this & 
time in regard to her property at the mouth of Fogarty Creek on the Oregon 
Coast Highway, in Lincoln Gounty, a portion of which property is needed by 
the state for righi of way for a revision of the highway at this location. 
It appears that there are some welve acres of land involved in this trans- 
action, including right of way and property lying easterly thereof and ex- 
tending up to the existing highway, which the Commission desires to purchase. 
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estimated the total annual cost of electricity for lighting these structures 
would amount to about $2,700 and that it would cost an additional $500 to 
maintain the lamps, or a total yearly cost of approximately $5,000. After 
discussion of this report, the Commission voted unanimously to assume the en- 
tire cost of lichting such wmderpass structures, thus relieving the cities 
and towns from contributing to such expense. 


The Engineer also reported on the cost to maintain the abandoned 
section of the Oregon Coast Highway through the city of Reedsport, as was re- 
quested by Mr. Russell Hubbard at the previous meeting. He said that this 
section is 0.8 mile in length and that it would cost about $500 per year to 
maintain the same. He recommended that the request be denied because, in 
his estimation, if the Commission assumed this responsibility, it would not 
be keeping faith with the S. P. Railroad Company and the Public Utilities 
Commissioner with respect to the railroad grade crossing which is involved. 
The Commission approved the recommendation by unanimous vote. 


The matter of constructing a wooden sidewalk on the Winchester 
Bridge over the Umpqua River on the Pacific Highway north of Roseburg, as 
has been requested by the Roseburg Chamber of Commerce, had the attention of 
the Commission. The Engineer estimated that it would cost about $7,650 to 
construct a wooden sidewalk three feet six inches wide on each side of the 
bridge. The Commission decided that such expense is not justified at the 
present time and thereupon denied the request. 


The Commission had under consideration the matter of constructing 
a cattle pass under and across the Coos River Secondary Highway, about five 
miles above Enegren Ferry, in Coos County, for the benefit of Mrs. Lillian M. 
Curtis-Piper. The Engineer advised that Coos County acquired the right of 
way for this highway, and as part payment for the same constructed numerous 
cattle passes for farmers who own property adjacent thereto; but, according 
to Mrs. Piper, no provision was made for a cattle pass for her, presumably 
because several members of the Piper family were quite ill when the negotia- 
tions were being carried on and very little attention was paid to the details 
and no thought was given to a cattle pass at that time. He further steted 
that, according to Mrs. Piper, the Piper family donated the right of way for 
the road across their property and in view thereof are of the belief tha’: 
they are as much entitled to a cattle pass as are the other farmers in the 
district. He estimated that such cattle pass would cost about $925 and that 
it wold cost an additional $75 to construct a certain approach road that Mrs. 
Piper also wants. He yave as his thought that the obligation, if one exists, 
to construct the cattle pass and the approach road is the county's, and rec- 
ommended denial of the request. The Comnission approved the recommendation 
by unanimous vote, and ordered that Mrs. Piper be referred to the county 
court for the settlement of her clain, 


Reconsideration was given by the Commission to the matter of con- 
constructing a sidewalk along the Pacific Highway West for a distance of 
about two miles south of Corvallis. The Engineer submitted a cost report in 
connection therewith, action on which was deferred by the Commission until 
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before the Commission takes definite action in regard to relocating this 
road, It was agreed that the Commission will notify the people of Culver 
and Madras through Mr. Merchant when the surveys are completed and the Com- 
mission is ready to confer with them, the place for the conference to be de- 
cided later. 


Contractor E. H. Itschner came before the Commission at this time 
in regard to a bid that he submitted at the morning session for grading, sur- 
facing and oiling, and furnishing crushed rock in stock piles on the Forest 
Boundary-Elgin Section of the Weston—Elgin Secondary Highway, in Union Coun- 
ty. Mr. Itschner stated that he made an error of more than $12,000 in his 
calculations with respect to the cost of doing the work and as a consequence 
he is the low bidder for this job. He asked the privilege of withdrawing 
his bid on account of sach error. The Mngineer advised that he has investi- 
gated Mr. Itschner's bid and is unable to find any particular item that can 
be called an error, but it is apparent that Mr. Itschner bid uniformly low 
on each item. He suggested, in view of the circumstances, that Mr. Itschner's 
request to withdraw his bid be denied. The Commission concurred in the view- 
point of the Engineer and so ordered. 


The Engineer reported on the inspection of the county-owned equip- 
ment which the counties of Tillamook, Washington, Multnomah, and the city of 
Portland have offered to turn over to the state for use on the Wilson River 
Highway W.P.A. project; also, on the resylts of his contact with the several 
counties and the city of Portland relative to the purchase of such equipment 
by the state. He said that the counties and the city have agreed to accept 
a lump sum of $15,000 for the following equipment: 


15 light dump trucks, 1936 models 
1 lj-yard P & H shovel 

p-yard Loraine shovel 
3/8~-yard Universal shovel 
caterpillar tractors 
bulldozers 
logging drums 
graders 


nrmwonr 


The ownership of this equipment, he said, is rather involved, some of it be- 
ing owned outright by the counties and some by all of them together, having 
been purchased by a pool of funds, so it has been arranged that the counties 
will transfer their interest in the equipment to Tillamook County, which in 
turn will transfer title to the state and give the state a bill of sale for 
the same. The {15,000 payment by the state, he said, is to be made in two 

or three payments and it was understood and agreed that the equipment thus 
sold to the state would be retained on the Wilson River Highway W.P.A. 
project only and would be maintained by the state in excellent operating con- 
dition until the W.P.A. project is completed on this highway or until the 
equipment is worn out. The Mngineer read aloud the report of Maintenance In- 
gineer J. N. Bishop on this subject, same being dated January 5, 1958. After 
some discussion the Commission approved the purchase of the above list of 
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Mrs. Belt stated that she refused an offer of $18,000 for her property two 
years ago and that the value of the same will be cut in half if the highway 
is constructed through it, as planned. She offered to sell the twelve acres 
needed by the state for the sum of $9,000. Chairman Cabell gave as his opin- 
ion that a fair basis for a determination of the price to be paid to Mrs. 
Belt for the land to be taken from her by the state is the difference between 
the present-day value of her entire holdings and the value of the portion re- 
maining after the l2—acre tract has been taken away for highway purposes. He 
advised that the Commission does not plan to reconstruct this highway in the 
near future because of shortage of funds to finance the work, so there is no 
particular hurry about closing the right of way deals now pending, including 
Mrs, Belt's, and there is a possibility that the Commission will order all 
such negotiations to be discontinued; however, if the Commission decides to 
complete the purchase of Mrs. Belt's property, then several new appraisals 
of the same will be made on which to base a reasonable offer. He agreed to 
let Mrs. Belt know within a reasonable time the decision of the Commission 

in regard thereto. 


A delegation from the town of Culver and vicinity, Jefferson Coun- 
ty, consisting of W. V. Merchant, George Rodman, W. C. Barber and E. C. Beck- 
with of Culver and S. E. Lochrie of Metclius came before the Commission and 
protested the reconstruction of The Dalles—California Highway on alignment 
south of Madras that would bypass the towns of Culver and Metolius. Mr. Mer- 
chant was spokesman for the group. They gave as their thought that the high- 
way is satisfactorily located now and that the Commission should spend its 
funds to improve the present road rather than to construct an entirely new 
one. They alleged that great harm would come to the towns of Culver and Me- 
tolius and that it would result in serious detriment to these towns if the 
highway were teken away. The Engineer advised that he was ordered by the 
State Highway Commission to make a survey for a permanent location of the 
highway between Madras and Terrebonne to fit in with the irrigation project 
which is proposed for this district, it being the Commission's thought that 
if the plans for the irrigation district and the highway were correlated, the 
cost of constructing the highway would be kept to a minimum; whereas, if this 
were not done, it would undoubtedly cost the state a considerable sum later 
to make alterations in the irrigation facilities to fit the highwey plens. 

He further stated that there are two or three alternate plans under considera~ 
tion and that the location surveys are now under way to determine which route 
is the best from an engineering standpoint, Chairman Cabell advised that the 
Commission does not represent any particular group, and, in determining the 
proposed location for a highway, must consider the interests of the general 
public against local interests. The decision of the Commission, he said, 
rests upon such basis. If it appears that the interests of the general pub- 
lic are greater than the local interests, then the latter must be sacrificed; 
but, if the local interests appear to outweigh the interests of the general 
public, then it is the policy of the Commission to decide in favor of the lo- 
cal interests. He further stated that the Commission is not in a position 

to make any definite statements today in regard to this proposed change south 
of Madras and will not be in a position to do so untii the surveys are com- 
pieted and the results thereof studied. He assured the delegation that it 
would be given an opportunity to discuss the matter further with the Commission 
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1 graphic planometer complete with tra.ier, for use in con- 
nection with concrete pavement construction. Estimated 
cost $600; 


Miscellaneous equipnent for use in connection with geo- 
physical prospecting. Estimated total cost $110; 


42,000 gallons of traffic line lacquer, estimated requirements 
for 1938 traffic line painting. Estimated cos $50,400; 


Metal signs and refiector buttons for 1956 requirements. 
Estimated cost $20,000 and $18,000, respectively. 


The Commission had under consideration a letter from Chester Embree, 
Newport, inquiring whether or not the Commission wants to sell or dispose of 
some of the old timber trestle bridges constructed by the United States 
Spruce Production Corporation on its railroad between Newport and Otter Rock, 
in Lincoln County, the right of way for which the Commission recently ac- 
quired from the Atlantic Western Company. The Engines: advised that there 
are only three structures remaining on the right of way acquired from the At- 
lantic Western Company, the others having either been burned or removed for 
salvage purposes. He further advised that there are about 22,000 lineal feet 
of piling in the structures, 35 to 40 per cent of which is decayed and is of 
no value except for fuel; in fact, the decayed piling has no value for any 
purpose whatsoever; and 240 MFBM lumber and timber which is of value only as 
fuel. He recommended the sale of the timber and luuber at the rate of 50¢ 
per MFBM, or a total of $120, provided that the purchaser will also dispose 
of all of the pilingsndwill clean up the premises to the satisfaction of the 
Commission. After some discussion the Commission authorized the Engineer to 
dispose of this material in the best manner possible in accordance with his 
recommendation. He was instructed to use his own discretion in the matter of 
bringing the sale to the attention of prospective purchasers. 


The Commission considered, but deferred until a future date, action 
on the matter of constructing maintenance headquarters buildings at a place 
known as Brothers on the Central Oregon Highway, Deschutes County, and et a 
place known as Okeerman Ranch, near the intersection of the Central Oregon and 
Lakeview-Burns Highways, in Harney County, each of which headquarters build- 
ings the Engineer estimated would cost about $8,000. 


The matter of encroachment of an advertising sign on the Columbia 
River Highway (Sandy Boulevard) just outside of the city limits of Portland, 
had the attention of the Commission. It appears that a men by the name of 
W. B. Herron has installed a large neon electric sign in front of his service 
station and garage on this highway and that the said sign illegally encroach- 
es approximately eleven feet onto the highway right of way. Further, that 
Mr. Herron has been ordered to move his sign back onto private property but 
he absolutely refuses to do so and states that he will stand suit before re- 
moving it from its present location. The Attorney advised that the matter 
has been brought to the attention of the sheriff of Multnomah County but no 
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equipment on the basis of the methcd outlined in Mr. Bishop's letter and as 
reported by the Engineer. The Attorney was instructed to prepare a form of 
agreement with Tillamook County covering the matter. The Commission there- 
upon by unanimous vote authorized the Engineer to sign up for a W.P.A. proj- 
ect, costing $751,482.00, on the Wilson River Highway, when the agreement cov— 
ering the matter of equipment has been fully executed. The state's share of 
this cost is estimated at $200,000.00; the county's share at $20,000; the 
balance to be paid with W.P.A. funds. 


The Commission discussed briefly the matter of the appointment of a 
committee to stucy conditions affecting tourist travel in Oregon, as has been 
recommended by the Advisory Committee of the Travel and Information Depart- 
ment. Several names were considered but definite action thereon was deferred 
until a future date. 


The Commission considered and referred to the Ingineer for inves- 
tigation and report, a letter from Mr. J. C. Joy, Chairman of the State In- 
dustrial Accident Commission, regarding a hazardous condition which he al- 
leges exists at the west end of the Mosier Tunnel on the Upper Columbia River 
Highway, in Hood River County, caused by the continuous falling of rocks from 
the cliff on the upper side of this highway. The Engineer was. also instruct- 
ed to discuss this matter with Mr. Joy and to inform him of the Commission's 
plans with respect to the elimination of this hazard. 


Reconsideration was given by the Commission to the approval of the 
claim of the Union Pacific Railroad Company for reimbursement by the state 
of one-half of the cost of damages that resulted from the derailmert of one 
of its trains in the Columbia Gorge as a result of an accumulation of snow on 
the railroad tracks during February, 1956. The Commission indicated that it 
would approve the payment of this claim if the explanation on the bill is 
changed to show that the depositing of snow on the railroad company's tracks 
by state highway forces is an allegation on the part of the railroad company 
and not a fact of admission by the State Highway Commission. The Attorney 
was instructed to revise the bill accordingly and pass it for payment. 


The Commission approved the purchase of the following equipment and 
supplies, upon request and recommendation of the Engineer: 


10 electric clocks for use in radio rooms. Estimated total 
cost, $80; 


3 radio receiving sets for the maintenance stations at Cor- 
vallis and Redmond and for the Maintenance Ingineer's of- 
fice in Salem. Tetimated total cost instilled, $4065; 


1 paving plant complete, consisting of 1 plant, 2 asphalt 
kettles, 1 6-ton roller and 6 trucks. Estimated total 
cost, $12,000; 


2 6—ton paving plant rollers and trade-in of 2 old rollers 
as part purchase price. Estimated net total cost, $6,000; 


JAN 6 19358 


ems eerie ee nee Kae —— 


kind and character of traffic which is damaging and injuring the 
seid highways, and in order to protect said highways against such 
damage ard injury it is deemed and is the judgment of the Highway 
Commission, and said Commission finds that it will be for the best 
interests of the said highways that the maximum weights permitted 
and authorized by law be reduced; 


AND WHEREAS, the State Highway Commission has after due 
investigation determined and found, and it is the judgment of the 
Commission that the maximum weights which shall be permitted upon 
the said roads shall be reduced and fixed as in this order pro- 
vided; 


NOW, THEREFORE, the premises being in part as above 
stated, and the State Highway Commission having as a result of due 
investigation found that the roads above mentioned and hereinafter 
designated are being damaged and injured on account of the kind 
and character of traffic now being hauled over and upon said roads, 
and by reason of the fact that vehicles carrying maximum loads 
moved at the maximum speeds specified by the provisions of the laws 
of the Stete of Oregon are breaking up, damaging and deteriorating 
the said roads and the Commission having found upon due investiga— 
tion that it will be for the best interest of the said state high- 
ways that the maximum total weight of load and vehicle which shall 
be permitted upon said roads shall be reduced so as to conform to 
the requirements fixed in this order, 


IT IS HEREBY ORDERED, that the maximum weight of com 
bined load and vehicle which shall be permitted upon the within- 
named roads shall not exceed the weight herein fixed. 


The maximum weights which shall apply to the following 
highways, to wit: 


WILLAMETTE HIGHWAY from the junction with the Pacific 
Highway at Goshen to Oakridge, in Lane County; 


SIUSLAW HIGHWAY from the junction with the Pacific 
Highway near Junction City to Florence, in Lane County; 


SILETZ SECONDARY HIGHWAY from the junction with the 
Oregon Coast Highway near Kernville to the junction with 
the Corvallis-Newport Highway near Toledo, in Lincoln 
County, 


shall be restricted to the following weights: the combined weight 
in pounds bearing on the surface of the highway at contact with the 
tread on the wheels of any one axle of a vehicle or combination of 
vehicles shall not exceed the product of four hundred fifty (450) 

multiplied by the sum in inches of the tire width of the wheels of 


JAN 6 1938 


7828 


satisfaction has been secured thereby. He vequested instructions from 

the Commission as to what to do in view of the circumstances. He was ine 
structed by the Commission to again order Mr. Herron to remove the sign, and 
if he persists in disregarding the orders, to have the sign removed by due 
process of law. 


The Engineer requested instructions whether or not to include in 
the 1938 minor betterment program the oiling of the shoulders of the pavement 
through the town of Monroe, Benton County, estimated to cost $750, and the 
installation of fog posts for the protection of pedestrian traffic along the 
Nehalem Secondary Highway in the town of Vernonia, Washington County, esti- 
mated to cost $150. The Commissicn by unanimous vote authorized the instal- 
lation of the fog posts at Vernonia but disapproved the »iling work in the 
town of Monroe. The Mngineer was instructed to keep the Monroe oiling proj- 
ect in mind for future consideration. 


The Engineer reported to the Commission that Julius Gunnell, to 
whom the Commission awarded the contract for providing ferry service across 
Coos River at a place known as Megren Ferry, in Coos County, desires to as- 
sign his interests in this contract to a Mr. Andrew Stambuck, and to be re- 
lieved of further obligation in connectior therewith. He requested instruc- 
tions in regard thereto. The Attorney advised that there is no legal har- 
rier to the Commission authorizing the assignment of this contract if it so 
desires. In view of the Attorney's advice, the Commission approved the as— 
signment of this contract by Mr. Gunnell tc Mr. Stambuck, subject to the con- 
dition that investigation reveals that Mr. Stambuck is reliable and respons— 
ible and will render the services called for in the contract in a satisfac- 
tory manner. The Commission referred the matter to the Ingineer to make such 
investigation. 


The Commission considered the matter of ordering a reduction in the 
maximum load limits on the Willamette Highway, the Siuslaw Highway, and the 
Siletz Secondary Highway, which roads the Ingineer advised are showing signs 
of distress because of concentrated log hauling traffic. The Commission or~ 
dered a reduction in the maximum load limits to 75 per cent of those speci- 
fied hy statute. The following resolution in regard thereto was adopted by 
the Commission by unanimous vote: 


WHEREAS, the following roads or highways have been duly 
designated and declared to be and are state highways, and have been 
improved and are being maintained by the State Highway Commission 
pursuant to the laws of the State of Oregon as state highways, to 
wit: 


WILLAMETTE HIGHWAY 
SIUSLAW HIGHWAY 
SILETZ SECONDARY HIGHWAY 


AND WHEREAS, the said above-named state highways are, in 
the judgment of the State Highway Commission, being subjected to a 


7831 


prefevably the Department of State Police, which should have authority to or- 
ganize and supervise them. He estimated that for an expenditure of about 
$2,500 a very good start could be made in the organization of the schoolboy 
patrols in accordance with his ideas, including the purchase of signs, belts 
and badges. Traffic Engineer John Beakey, who was present, expressed him- 
self as absolutely certain that the suggestions made by the State Highway In—- 
gineer would prove satisfactory in handling this matter. After some discus— 
sion the Commission by unanimous vote adopted as standard the sign recommend— 
ed by the Engineer for use hereafter in connection with the activities of 
schoolboy patrols. The Commission also approved the furnishing of equipment 
for the use of schoolboy patrol members, at state expense, and authorized an 
immediate expenditure of $2,500 for the purchase of signs, belts and badges. 
The Engineer was instructed to confer with Mr. Charles P. Pray, Superintend- 
ent of the Department of State Police, with respect to the matter of organiz- 
ing and supervising the schoolboy patrols, and to report the results thereof 
at the next meeting of the Commission. 


The Engineer reported that in connection with the Klamath Falls un- 
dercrossing project, involving the elimination of the grade crossing of the 
Southern Pacific Company's tracks on Main Street in Klamath Falls, there will 
be certain items of engineering expense, estimated at $1,000, that the Bureau 
of Public Roads will probably rule non-reimbursable by the Government. He 
pointed out that this project is on a city street within the city limits of 
Klamath Falls and that the state is not particularly interested in the same 
except that it is being financed with federal funds that are required to be 
expended for the elimination of railroad grade crossings under the super- 
vision of the State Highway Department. He inquired, in view of the circum 
stances, whether the Commission wished to assume this expense under the im- 
plied authority of the law which authorizes the Commission to provide engi- 
neering supervision in connection with county bridge construction, or to re- 
quire that such expense be assumed by the city of Klamath Falls along with 
other non-reimbursable costs. After some discussion the Commission approved 
the payment of such non-reimbursable engineering items with state highway 
funds, if that can be done legally. If it is determined that the state can- 
not pay such costs, then provision shall be made in the agreement with the 
city of Klamath Falls covering this project for the city to pay such expense. 
The Commission authorized the Ingineer to advance the payment of these costs 
with state funds, provided the city of Klamath Falls will deposit with the 
Commission, in advance, its certified check in the amount of the estimated 
total cost of the same. 


The Engineer reported that, in accordance with authority previously 
granted him by the Commission, he awarded, on December 27, 1837, the contract 
for the construction of the Smith Point—Young's Bay Bridge Project in Astoria 
to the Mountain States Construction Company, Eugene, which submitted the low 
bid therefor in the amount of $43,975.00 on November 50, 1957, the conditions 
of the award having been satisfied. The Commission by wmanimous vote con- 
firmed the award of the contract as made by the Engineer. 


The Commissicn adjourned at 12:30 o'clock p. m. and reconvened at 
2:00 o'clock p. m. in the same room with all members, the State Highway Ingi- 
neer, the Attorney and the Secretary present. 
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such axle; but in no event shall the combined weight in pounds 
bearing on the surface of the highway at contact with the tread 

of the wheels of any one axle of a vehicle exceed seventy-five (75) 
per cent of the maximum limit set by law for any one axle. 


IT IS FURTHER ORDERED, that these rules and regulations 
as made and found by the State Highway Commission under the pro-— 
visions of Chapter 560 of the laws of Oregon for 1951, shall be in 
full force and effect from this date until modified, annulled or 
voided by the order of the State Highway Commission. 


AND IT IS FURTHER ORDERED, that a notice be posted in a 
conspicuous manner and place at each end of each of the above- 
named highways and at important crossroads on said highways, so 
that said notice can be readily seen and read, which said notice 
shall state plainly the limitations and prohibitions of traffic 
hereby in this order determined and fixed. 


AND BE IT FURTHER ORDERED, that a certified copy of this 
order be furnished to the county clerk of each county in which any 
of said highways are located, and that a certified copy of this or- 
der be furnished to the Superintendent of the Department of State 
Police for his information. 


In this connection the Commission instructed the Engineer to post 


these roads for loads weighing 50 per cent of the limit specified by law if 
he considers that advisable after giving the other a fair trial, and particu- 
larly when the frost commences to leave the ground in the spring of the year. 
He was further instructed to send a circular letter to the logging operators 
in the early summer, giving them notice of the roads on which the Commission 
will probably order reduced load limits so they can make provision to discon- 
tinue operations on such roads if they sd desire during the period when the 
reduced load limits are in force. 


The Commission had under discussion the matter of providing addi- 


tional signs and other protective devices at points where school children 
are obliged to cross the highway daily in going to and from school. The I- 
gineer advised that he is constantly receiving letters asking that something 
more be done to protect the school children at these crossings and he is now 
of the opinion that the matter is of sufficient importance to receive special 
attention by the Commission. He suggested the adoption of a standard sign 
about 2 feet by 4 feet in dimension, bearing the words "School Zone" and that 
the signs be distributed to the various schools free of cost, with the abso~- 
lute understanding that they are to be used only during school hours in con- 
nection with the activities of the schoolboy patrols. He also suggested that 
it would be a good idea to encourage the organization of schoolboy patrols 
and to furnish the necessary equipment to be worn by the patrol members, such 
equipment to consist of a Sam Brown belt costing about $1.00 each and a small 
metal badge costing about 50/ each. It was his thought that the schoolboy 
patrol activities should be under the supervision of some state department 
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€43,408.00. The next low bid was submitted by Leonard & Slate, 
Multnomah, at $55,909.00. There were three higher bidders. The 
Commission has awarded the contract to the low bidder, E. H. 
Itschner, at his bid price of $43,408.00. 


"Butte Creek Section of the John Day Highway, in Wheeler 
County. 2.75 miles grading, surfacing and oiling; also furnish 
ing 1,000 cu. yds. crushed rock in stock piles. The low bid sub- 
mitted was that of Leonard & Slate, Multnomah, at $39,094.50. The 
next low bid was that of Fisher Bros., Oregon City, at $40,264.00. 
There were five higher bidders. The Commission has awarded the 
contract to the low bidder, Leonard & Slate, at their bid price 
of $39,094.50." 


The County Court of Jackson County, consisting of Judge Earl B. 
Day and County Commissioners L. 0. Caster and Ralph Billings, and County En- 
gineer Paul B. Rynning, was present and discussed with the Commission mat- 
ters pertaining to the abandonment of the Green Springs Junction-Siskiyou 
Section of the Pacific Highway (old route), in Jackson County, and the selec- 
tion of roads to be included in the Federal Aid Secondary Highway Systen. 
Judge Day gave as the Court's understanding that the Commission has aban- 
doned in favor of Jackson County the section of the old Pacific Highway be- 
tween Green Springs Junction and Siskiyou Station since the reconstruction 
of the highway on new alignment sovth of Ashland. It is the belief of the 
County Court, he said, that this section should be retained on the state 
highway system, at least as a secondary state highway, inasmuch as it pro- 
vides the only direct connection between the Green Springs Highway end 
points south, and most of the traffic that uses it is state highway traffic. 
He further stated that the road does not fit in with the county road system 
and it would be very inconvenient for the county to maintain it, especially 
to keep it open for travel during the winter season, because it would neces- 
sitate the moving of the county's snow removal equipment all the way from 
Medford for just a few hours' work; whereas, snow removal operations could 
be performed with state equipment located nearby, without very great incon- 
venience to the state. The county, he added, could not possibly keep the 
road open for travel during the snow period, and traffic desiring to go to 
California points from the Green Springs Highway would have to travel in 4 
roundabout way into Ashland and back over the new Pacific Highway, or about 
15 miles farther than if tne old road south of the Green Springs Junction 
were kept open. After discussion, the Commission decided unanimously to 
place this road on the secondary highway system upon receipt of a formal re- 
quest from the County Court so to do. The Attorney was instructed to pre- 
pare appropriate resolutions covering the matter. . 


The Commission then discussed with the County Court the matter of 
abandoning a section of the Tiller-Trail Secondary Highway between the Doug- 
las County line and Trail Creek, in Jackson County, which is no longer of 
value as a state highway since the road has been reconstructed on other align- 
ment. The County Court agreed that it would be proper for the state to aban- 
don the old road inasmuch as the new road is now available for traffic. The 
following resolution abandoning the old road was thereupon adopted by the 
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Chairman Cabell announced the following awards of contracts for 
which bids were taken at the morning session, the awards having been pre- 
viously approved by the Commission by unanimous vote: 


"Gibbs Ranch-Baker Section of the Baker-Unity Highway, in Baker 
County. 4.13 miles gravel surfecing. The low bid was submitted by 
0. C. Yocom, Portland, at $6,320.00, The next low bid was that sub- 
mitted by Leonard & Slate, Multnomah, at $7,610.00. There were 11 
higher bidders. The Commission has awarded this contract to the low 
bidder, 0. C. Yocom, at his bid price of $6,320.00. 


"North Unit, Missouri Flat Section, of the Medical Springs Sec- 
ondary Highway, in Baker County. 5.02 miles gravel surfacing. The 
low bidder for this project is 0. C. Yocom, Portland, at $5,750.00. 
The next low bidder is Van Cleave & Van Cleave, The Dalles, at 
$4,450.00. There were 1l higher bidders. The Commission has de- 
ferred the award of this contract and has referred the bids received 
therefor to the Ingineer with power to award the contract to the low 
bidder when certain conditions have been satisfied. 


"Mt. Hood Rock Production Project on the Mt. Hood and Wapinitia 
Highways, in Clackamas, Hood River and Wasco Counties. Furnish 
12,400 cu. yds. crushed rock in stock piles. The low bidder for 
this project is Saxton, Looney & Risley, Portland, at $21,060.00. 
The next low bidder is A. S. Wallace, Roseburg, at $21,620.00. There 
were 10 higher bidders. The Commission has deferred the award of 
this contract and has referred the bids received therefor to the In- 
gineer with power to award the contract to the low bidder when cer- 
tain conditions have been satisfied. 


"Shuttler Flat-Condon Section of the John Day Highway, in Gil~ 
liam County. Furnish 6,000 cu. yds. crushed rock in stock piles. 
The Commission received 9 bids for this project, the low one being 
that submitted by Schmeer, Williams & Gentemann, Portland, at 
$8,710.00. The next low bid was that submitted by Jones-Scott Com- 
pany, Walla Walla, Washington, at $9,650.00. The Commission has 
awarded the contract to Schmeer, Williams & Gentemann, the low bid- 
ders, at their bid price of $8,710.00, 


"Ross Station-Arvard Section of the Pacific Highway, in Lane 
County. 2.0 miles Portland cement concrete pavement. The low bid 
for this project was submitted by Harold Blake, Portland, at 
$49,087.00. The next low bid was that of Jacobsen—Jensen Company, 
Portland, at $50,579.50. There were three higher bidders. The 
Commission has awarded this contract to the low bidder, Harold Blake, 
at his bid price of $49,087.00. 


"Forest Boundary-Elgin Section of the Weston-Elgin Secondary 
Highway, in Union County. 5.22 miles grading, surfacing and oiling; 
also, furnishing 1,500 cu. yds. crushed rock in stock piles. E. H. 
Itschner, Molella, submitted the low bid for this project at 
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The location of said abandoned right of way may be more definitely 
and particularly ascertained and determined by reference to a map 
or blueprint, marked "Exhibit 'A', attached hereto and by this 
reference made e part hereof, which said exhibit for identifica- 
tion purposes bears the signatures of K. D. Lytle, Division Ingi- 
neer, H. G. Smith, Construction Ingineer, and R. H. Baldock, State 
Highway Engineer, and is dated December 25, 1937, upon which map 
or exhibit there is reflected the above described parcel of land 
by showing the same shaded in orange. * 


2. In the event there remains any physical connection 
between any portion of said abandoned right of way or highway and 
the present highway, and by reason of such physical connection 
traffic from the existing highway may enter or use the said aban- 
doned portion of the said old road to the possible damage or injury 
of such traffic by reason of any unsafe condition existing with re- 
spect to said old or abandoned road, then the State Highway Engi- 
neer is hereby authorized and directed to erect such barricade or 
other gafeguards as may be neCessary to protect and safeguard traf- 
fic using and employing said newly located, constructed and dedi- 
cated section of said highway. 


3. That this resolution be entered in the minutes and 
records of the Commission and a certified copy thereof promptly de- 
livered to the County Court of Jackson County, together with a copy 
of said map or exhibit, for such action as said County Court may 
desire to take with respect to said fragment of land, and should 
said abandoned portion of the right of way of said highway be fur- 
ther employed for public or private highway purposes such use shall 
be entirely under the control and supervision of the County Court of 
Jackson County and beyond any responsibility or supervision by the 
State Highway Commission. 


Matters pertaining to the selection of roads for the Federal Aid 
Secondary Highway System were then discussed. Chairman Cabell explained the 
federal requirements in regard thereto and particularly pointed out that, in 
so far as the requirements apply to the State of Oregon, approximately 50 
per cent of the moneys available for Federal Aid Secondary Highways must be 
spent on strictly county roads and the balance on other roads that are not 
on the Federal Aid Primary Highway System. He further explained that the 
State Highway Department has just completed a state-wide planning survey in 
connection with which an exhaustive study has been made with respect to the 
economics of all the public roads in the state, and it appears from the in- 
formation gathered that, in Jackson County, the county road known ac Table Rock 
Rosd is the one that most nearly meets the requirements for improvement in 
the Federal Aid Secondary Program, having a solvency quotient of 1.5 and a 
composite quotient of 3.32; whereas, the county road known as the Butte Falls 


* Map filed in Right of way Abandonment end ketention File - No. 54 
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Commission by unanimous vote, upon motion of Commissioner Tou Velle, which 
was duly seconded by Commissioner Aldrich: 


WHEREAS, in order to afford a better alignment and a more 
satisfactory, safe and convenient highway for the traveling public, 
the Commission found it necessary to relocate the Douglas County 
Line-Trail Creek Section of the Tiller-Trail Secondary Highway, in 
Jackson County; and 


WHEREAS, by reason of said relocation and reconstruction 
of the said section of said highway there was eliminated and mad2 
unnecessary as a part of the permanent highway a certain section or 
part thereof, which section is more specifically defined and desig- 
nated hereinafter in this resolution; and 


WHEREAS, it is the judgment and opinion of the Commission 
that there should be recorded in the minutes and records of the Com 
mission its purpose and plan to abandon as a part of the said state 
highway the fragment or portion of right of way hereinafter designat— 
ed and heretofore included within the area of the right of way of the 
said highway as formerly located, improved and used; 


NOW, THEREFORE, the premises being in general as above 
stated, it hereby is resolved by this Commission, all members being 
present and affirmatively participating, as follows: 


1. That the fragment of land confined within the area of 
land hereinafter designated, which fragment or parcel of land was 
formerly within the limits of the right of way of the Douglas County 
Line-Trail Creek Section of the Tiller—Trail Secondary Highway, in 
Jackson County, but is now without the limits of the right of way 
of said highway as said highway has been relocated and constructed, 
be and said fragment or parcel of land or portion of the old right 
of way is abandoned as a part of the right of way of said highway, 
and said fragment or parcel of land or old right of way is, so far 
as ccntrol and supervision by this Commission is concerned, elimin- 
ated and left to revert to the adjoining and abutting property own- 
ers or to the control and supervision of the County Court of Jack- 
son County for highway or other public purposes as the Court may de- 
termine. The fragment or parcel of land affected by this resolution 
is defined and described as follows, to wit: 


All that portion of the 60-foot right of way of the 
Tiller-Trail Secondary Highway (as originally esteblished by 
resolution) between the Jackson-Douglas County Line and a 
point on said highway approximately 800 feet north of the 
south line of Section 17, Township 335 Sout, Range 1 West, 

W. M., lying outside of the limits of the right of way as es- 
tablished on the revised alignment of said highway subsequent 
to 1930. 
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the state-wide planning survey that has just been completed indicates that 
there are a number of county roads in this class which are in need of in- 
provement more than the road under discussion and should be given preference. 
However, the Commission will be pleased to give this project due considera- 
tion jn the formulation of its construction program, but cannot make any prom- 
ises or commitments in regard thereto at the present time. 


Mr. Barker, President of the Chamber of Commerce, asked the Commis- 
sion to rearrange the traffic signs in the town of Sandy so as to eliminate 
the confusion that now obtains by reason of the existingsigns. The matter 
was referred by the Commission to the Engineer for investigation. 


Mr. Meyers asked the Commission for better drainage facilities at 

) the point where Goose Creek crosses the Woodburn-Mt. Hood Loop Secondary High- 
way, near Eagle Creek. He said that ordinarily the stream carries only 4 
small amount of water and the two pipe culverts thet were installed some time 
ago, to replace a small bridge, are adequate except during periods of heavy 
rainfall, when the water backs up onto his land, rendering it useless; and, 
furthermore, the water flows over the highway so tuat @ pilot car is required 
for traffic safety. The Commission referred the matter to the Engineer for 
investigation and report. 


A delegation representing the Parkrose Water District, just east of 
Portland, and consisting of Paul Jarrett, Fire Chief; Harry Pearce, Chairman, 
Schodl Board District No. 3; and J. C. Strudgeon, Superintendent, Parkrose 
Water District, came before the Commission and asked for the construction of 
conerete curbs along Sandy Boulevard (Columbia River Highway) from the end 
of the present curb at 108th Avenue, to 122nd Avenue, which, they said, would 
complete construction of such facilities through the populated portion of 
their district and would afford a better drainage for flood water and would 
provide better protection for their fire hydrants, sidewalks, and footpaths 
along Sandy Boulevard. They filed petitions bearing the names of 258 resi- 
dents of the Parkrose Water District, requesting such improvement. They were 
informed by Chairman Cabsll that the Commission appreciates that this is a 
desirable improvement but it does not appear now that the Commission can un- 
dertake it because of the scarcity of funds. Chairman Cabell stated further 
that the Commission will be glad to reconsider the matter in the event addi- 
tional state funds become evailable which could be used to match the Federal 
Government's W.P.A. money, but present indications are that the Commission 
will not have the money to spare. 


Mr. Pearce brought up for discussion a drainage problem in front of 
their grade school at 106th Avenue. He said that the district has a drainage 
pipe under Brainard Street to carry off the water that accumulates on the 
school grounds, but evidently this pipe is not large enough, and as a result 
water has been backing up onto private property to the detriment of the prop- 
erty owners. He inquired whether or not the Commission would have any objec- 
tions to the district connecting its drainage system with the state's drain 
on Sandy Boulevard. The Commission referrec this matter to the Engineer for 
investigation and report. 
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Road shows a solvency quotient of 0.56 and a composite quotient of 1.61. The 
Covnty Court expressed a preference for the Butte Falls Roed because, they 
said, it is the most important from the county's standpoint and will relieve 
the county more than any other. They pointed out that the Table Rock Road 
is now in pretty fair condition and will not need a great amount of improve- 
ment for a number of years. After further discussion, Chairman Cabell 
thanked the County Court for its appearance and advised that the Commission 
will give due consideration to the county's request in the formulation of the 
Federal Aid Secondary Highway Program. 


A delegation from Taft, Lincoln County, consisting of former County 
Judge Fred Robison, H. A. Hostettler, and J. W. Lundin, came before the Com 
mission in regard to a proposed park site containing about 120 acres of land 
and situate adjacent to the Oregon Coast Highway a short distance north of 
the town of Nelscott. Mr. Robison headed the group. He said that the area 
lies between the highway and the Pacific Ocean and a part of the property is 
covered with a good growth of timber; furthermore, an excellent view of th« 
ocean may be obtained from the tract. He also said that this district is 
rapidly building up, snd, no doubt, in a short time the area under discussion 
will be cut up into small tracts, which they object to because of the value 
of the property as a state park. He gave as his thought that the property 
could be purchased from the owners, Nelscott Land Company and Mr. E. W. Chand- 
ler, for the sum of about $21,000, and recommended that the Commission give 
the matter some consideration. The Commission referred the matter to the 
State Parks Superintendent, Mr. S. H: Boardman, for investigation and recom- 
mendation. The Commission also agreed to inspect the property the next time 
it is in thet vicinity. 
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A delegation headed by Mr. Roy Meyers, Eagle Creek, Oregon, repre- 
senting the Chambers of Commerce of the towns of Sandy and Estacada, and the 
Foothills Boulevard Association, came before the Highway Commission in the 
interests of the Eagle Creek-Sandy Section of the Woodburn-Mt. Hood Secondary 
State Highway. Others in the delegation were R. S. Smith, Ivan A. Barker, 

R. P. Collins, L. J. Gierke, Roy Wilcox, Charles Sharnke, Paul Dillon, Keith Le- 
Roy, Wm. Widmer, Victor Lundein, M. Suckow, and M. Zog, all of Sandy; also, 
Carl Rehberg, of Eagle Creek; R. Suckow and Helen Suckow, of Boring; Frieda 
Lange, of Boring; and Gus Sengre, Fred Lohman, and Will Bell, all of Fenger. 


They asked the Commission to improve this road on its present align- 
ment rather than on the new location, which, they understood, the Commission 
is considering, so that the people now residing along this road will not be 
left without a good highway. It was their thought that the present road 
could be improved satisfactorily by widening and surfacing and they stated 
that they would be satisfied with an improvement similar to that which the 
Commission undertook on this road east of beaver Creek a couple of years ago. 
Mr. Meyers stated that the people do not want a road that will encourage fast 
driving but simply « good road from their farms to the market. He also said 
that the farmers have stated their willingness to be very fair in right of 
way settlements. 


Chairman Cabell advised that there is a scarcity of funds available 
to finance projects of this kind and that a study of the data assembled from 
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and Harry Palmer, came before the Commission with an urgent plea for the com- 
pletion of the Santiam Highway. Speaking on behalf of the delegation were 
Senator Garland; Ed. W. Miller, Manager of the Oregon Coast Highway Assccia- 
tion, and Mr. Murphy. They urged the Commission to allocate sufficient funds 
to this road to insure its completion during the 1938 season. Mr. Murphy 
presented the following communications in support of their oral requests: 
telegrams from Clyde Williamson and Cliff Knodll, Albany; letter from the 
Corvallis Chamber of Commerce; letter from the Greater Willamette Valley As- 
sociation; telegram from the County Court of Lincoln County; letter from the 
County Court of Benton County; letter from the South Santiam Highway Associa- 
tion. 


Chairman Cabell advised that, while the Commission cannot make any 
promises or commitments at the vresent time, it is reasonable to assume that 
if the Federal Aid and Forest Highway moneys ere appropriated by Congress 
as in the past, the closing of the gap in this highway will be accomplished 
within a reasonable length of time. 


The County Court of Linn County then conferred with the Commission 
in regard to the selection of roads to be included in the Federal Aid Second- 
ary Highway System in Linn County. Judge Barrett suggested the improvement 
of the Albany-Corvaliis Secondary Highway. He was informed by the Engineer 
that this is too costly a project to umdertake in this program. The Engineer 
also advised that the Commission is more or less obligated to perform some 
work on the Halsey-Sweet Home Highway, and, at least, to construct a connec- 
tion to the new county bridge at Brownsville. County Engineer Larsen gave 
as his thought that the County's choice, in so far as county roads are con- 
cerned, would be the Lane County Line-Harrisburg-Corvallis Road, particularly 
the Harrisburg-Peoria Section thereof. After discussion of a general nature 
the Ceunty Court expressed a desire to confer among themselves before making 
any definite recommendations. The request was granted end the County Court 
again came before the Commission on the next day, when the following projects 
were mutually egreen upon: (1) construction of a section of the Halsey- 
Sweet Home Secondary Highway to provide a connection with the new county 
bridge at Brownsville; (2) improvement of the county road extending from 
Lane County Line through Harrisburg to Corvallis; (3) the county road be- 
tween Lebanon and Crabtree. Judge Barrett said that the County Court pre- 
fers that all of the available moneys be expended for the improvement of 
county roads rather than state secondary highways, with the exception of the 
short section of the Halsey-Sweet Home Secondary Highway at Brownsville to 
provide a connection with the new county bridge at that place. 


The County Court of Yamhill County, consisting of County Judge 

William 0. Powell and County Commissioners Thomas Bockes and Frank C. Camp- 
bell, conferred with the Commission with regard to the selection of roads to 

be included in the Federal Aid Secondary Highway System. The State Highway 
Engineer suggested a continuation of the improvement of the Salem-Dayton Sec- 
ondary State Highway as the first project, particularly the construction of 

the section known es the Spaulding Line Change. The County Court seid they 
would have no objection to this project but they would also like the Commission 
to consider the improvement of county roads and offered the following projects: 
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Mr. C. A. Bigelow, representing the Board of County Commissioners 
of Multnomah County, and Mr. George W. Buck, County Roadmaster, were present 
and recommended the following projects for the Federal Aid Secondary Highway 
System in Multnomah County: (1) widening of Base Line Road from the end of 
the present widened section, near 162nd Avenue, easterly to what is known as 
12 -mile Road; (2)construction of Section Line and Hosner Road from the 
Troutdale Road to the Lusted Road, approximately 44 miles; (3) construction 
of Thompson Road from Skyline Boulevard to the Columbia County Line; (4) 
construction of the Laidlaw Road from Thompson Road to the Columbia County 
Line; (5) construction of Northeast Fremont Street from 105th Avenue to 
112th Avenue; (6) 105th Avenue from Prescott Street to Fremont Street; (7) 
112th Avenue from Sandy Boulevard to Fremont Street; (8) Extend 112th Ave- 
nue to Marx Avenue, north of the railroad, end Marx Avenue from 105th Avenue 
to 112th Avenue; (9) construct Skyline Boulevard from Barnes Road to Corne- 
lius Pass Road, a distance of 11 miles. 
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They were informed that the Base Line Road cannot qualify as a Fed- 
eral Aid Secondary Highway. After discussion, it was finally agreed that 
the improvement of the Section Line-Hosnmer Road and the Thompson Road should 
be given first consideration in the program. Estimates of cost of construc- 
tion are to be prepered end furnished the county commissioners, who will then 
advise the Commission as to which of the two projects is to be given prefer- 
ence. Chairman Cabell advised that the moneys available for Federal Aid Sec- 
ondary Highways is limited and that Multnomah County cannot expect to obtain 
as much of these funds as it did of the previous federal relief moneys. Mr. 
Bigelow asked that the record show that there are now between 30,000 and 
40,000 registered unemployed in Multnomah County. 


County Judge Nelson B. Higgs of Harney County was present in regard 
to the Federal Aid Secondary Highway Program. He expressed a preference for 
the improvement of the Crane-Buchanan Ranch County Road in such program if 
that could be accomplished without decreasing the allotment of other highway 
funds to Harney County. Commissioner Aldrich advised that the Commission ap- 
portions its available funds to the respective districts of the state on a 
certain basis, irrespective of the class of funds; and, if the Commission 
should allocate an amount of the Federal Aid Secondary funds for the Crane- 
Buchanan Ranch Road, it would decrease the allocation of other funds for the 
Central Oregon Highway. He inquired, in view of this fact, which project the 
County Court preferred. Judge Higgs expressed a decided preference for con- 
tinuation of the oiling work on the Central Oregon Highway, regardless of the 
fact that it might mean that Harney County would not share in the distribution 
of Federal Aid Seconflary moneys. 


A delegation from Albany and Lebanon, headed by Mr. Claude H. Murphy, 
President of the Albany Chamber of Commerce, and including County Judge J. J. 
Barrett and County Commissioners Harry.W. Cooley and H. A. Renninger, County 
Engineer W. W. Larsen, all of Albany; also Carl Curler and Mayor C. R. Ashton 
of Albany, and the following persons from Lebanon and Sweet Home: T. W. Mun- 
yen, Walter Scott, Dr. Joel C. Booth, Harry Miller, Harold Irvin, Harry Howe, 
Senator S. M. Garland, Ted Musgreve, M. J. Nye, E. W, Williams, F. A. Cornell, 


Judge Vaughan advised that there is a possibility that the County Say > 
Court can contribute county funds to enlarge on the projects that the Com- 
mission might select for this program. After discussion it was agreed that 
the Commission would furnish the county, as soon as possible, & definite i 
figure as to how much of the Federal Aid Secondary money would be spent in pe! 
Clackamas County this year, ard, upon receipt of such information, the Coun- : 
ty Court will advise the Commission about how much money it can spend in co- 
operation therewith. A definite selection of projects is to be made at that 
time. 


Mr. Telford inquired as to the possibilities of securing the desig- 4 
nation as a state secondary highway of the county road which extends wester- = 
ly from the Mt. Hood Highway, near Boring, through the town of Boring to Ore- 

gon City, thence westerly through the town of Tualatin to a connection with 

the Pacific Highway West. He was informed by Chairman Cabell that, while 

the road appears satisfactery for a secondary highway, the Commission is not 

in a position to so designate it at the present time. 


Mr. Telford then inquired as to the possibilities of securing the 
construction of the proposed connection between 82nd Street Highway and the 
Fast Portland-Oregon City Highway at Gladstone. Chairman Cabell advised s 
that surveys have been completed of alternate routes for this connection but - 
the Commission has not yet adopted a route because of objections that have : 
been filed to the proposed change. He further advised that there is no pos- 
sible chance for construction this year but the Commission will be glad to 
discuss details of the project with the Clackamas County Planning Board at EY, 
some convenient date in the future if the Board so desires. ’ 


The Commission adjourned at 6:00 o'clock p. m., to reconvene at 3 
9:00 o'clock a. m. on the following day in the same room. = 


Portland, Oregon, January 7, 1938. 


The State Highway Commission reconvened at 9:00 o'clock a. m. in . 
the Auditorium of the Public Service Building, with all Commissioners, the i, 
State Highway Engineer, the Attorney and the Secretary present. =. 


Bids as follows for highway construction projects were opened and 
read in conformance with previously published notice: 


OLD OREGON TRAIL : 
BAKER-DURKEE SECTION - CRUSHED ROCK IN STOCK PILES s 


Homer G. Johnson $15,250.00 Pee 
Quinn-Robbins Company, Inc. 19,000.00 = 


NEHALEM SECONDARY HIGHWAY 
MILE BRIDGE SECTION - GRADE, SURFACE, OIL; TIMBER, STEEL AND CONCRETE Be 
BRIDGE 4 
Warren Northwest, Inc. $39,791.50 ie. 
Mountain Stetes Construction Company 40,019.50 iz 


(Continued on next page) 
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(1) improvement of the county road extending from Sheridan southeasterly to 
the Polk Comty Line; (2) improvement of the county road extending from the 
junction of Secondary Highway No. 154 to a connection with Secondary Highway 
No. 150; (3) county road extending from the Pecific Highway West, south of 


Newberg, easterly to the Cleckamas County Line, known as the Springbrook- 
Wilsonville Road. 


Chairman Cabell advised that the Spaulding Line Change on the Salen- 
Dayton Secondary Highway and the improvement of the county road extending 
southeast from Sheridan to the Polk County Line are about the only projects 
that the Commission will be able to consider on account of shortage of funds. 


The County Court expressed its approval of these two projects for the program 
under discussion. 


County Judge J. B. \\ilkerson and County Commissioners J, T. Graham 
and Wm. Pringle, Sr., representing the County Court of Columbia County, were 
present regarding the selection of roads for the Federal Aid Secondary High- 
way System, Judge Wilkerson said that their most important secondary high- 
way project is the improvement of the Nehalem Highway between Mist end Bir- 
kenfeld but they would prefer that the moneys available be expended for 
county-road improvements. Chairman Cabell advised that in the estimation of 
the State Highway Commission the Mist-Clatskanie Secondary Highway fits the 
state's requirements best, especially in view of the fact that there are some 
bridges on this road that should be rebuilt. The County Court approved the 
selection of this project and recommended in addition thereto the following 


county-road projects: (1) improvement of the upper Nehalem county road, ex- 
tending from the Vernonia Gol‘ Course, near Treharne, southwesterly toward 
the town of Timber; (2) improvement of the Allstons Corner~Mayger-—Guincey 
Road; (3) the county road known as the Dutch Canyon Road. Commissioner Gra- 
ham explained that the Allstons Corner - Mayger-Quincey Road is an important 
project because it provides the only detour for Columbia River Highway traf- 
fic when slides occur on this highway between these points. 


Chairman Cabell advised that the Commigsion will give the county's 
suggestions due consideration in the formulation of the program for the funds 
under discussion. 


A delegation from Clackamas County, consisting of County Judge W. 

O. Vaughan, County Commissioners B. Schoenburg and L. L. McFarlane; Wallace 
R. Telford, Chairmen, Clackamas County Planning Board; County Engineer John 
I. Roberts, Sandy; R. S. Milln, West Linn; and John Raicy, of Sherwood, came 
before the Commission in regard to the selection of projects for the Federal 
Aid Secondary Highway System. Chairman Cabell explained the requirements for 
such system and inquired which roads the Clackamas County Court desires to 
have included therein. Judge Vaughan replied that the Court is no. in a po- 
sition today to make any definite recommendations in regard thereto and re- 
quested additional time to give the matter more thorough study. He inquired 
how much money would be available for expenditure in Clackamas County and was 
informed by Chairman Cabell that the Commission has not apportioned the funds 
as yet; but, for estimating purposes, the Court could consider a figure of ap- 
proximately $50,000. 
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(Dillon-John Day River Section, continued) 


Warren Northwest, Inc. $13,725.00 
Clifford A. Dunn 13,772.50 
Edwin C. Gerber 14,250.00 
R. O. Dail & Warren Bros., Inc. 14,550.00 
Homer G. Johnson 18,180.00 


COVE SECONDARY HIGHWAY 
GRANDS RONDE RIVER-NOYES RANCH SECTION - GRADING, SURFACING, OILING 


Warren Northwest, Inc. $19,251.00 
Babler Bros. 20,817.00 
Van Cleave & Van Cleave 20,871.65 
Edwin C. Gerber 22,983.00 
Harold Blake 24,739.00 
Homer G. Johnson 26,988.90 


NEHALEM SECONDARY HIGHWAY 
WEST FORK, DAIRY CREEK SECTION 
GRADING AND SURFACING AND COMPOSITE PILE TRESTLE 


Leonard & Slate 8,622.50 
Mountain States Construction Company — 8,715.00 
Warren Northwest, Inc. 8,760.00 
E. F, & W. F. Philpott 8,790.00 
F. C. Himber Company 10,290.00 
Shattuck & Neland 10,910.00 


Chairman Cabell announced that the awards of contracts would be made at 2:00 
o'clock p. m. in the same room. He also announced that the bids received for 
the Hermiston-Columbia School project in Umatille County will not be opened 
for the reason that the Commission plans to revise this oroject and extend 

the same to include additionel work and will probably take new bids at the 
next meeting. He stated that the bidders on this job could reclaim their bids 
unopened by calling for the same at the desk. 


The Commission had under discussion a letter from the City Record- 
er of Newport, Oregon, advising that the City Council at its meeting on Decem- 
ber 20 voted down the ordinance providing for parallel parking on the Oregon 
Coast Highway through their city. The Engineer requested instructions rela- 
tive thereto, and suggested that the Commission take action to enforce the 
parallel parking rule at this place. After discussion, the Commission in- 
structed the Attorney to ascertain whether or not the Commission has authority 
to enforce the parallel parking ruling in cities and towns, and instructed the 
Engineer to request the assistance of the Department of State Police to en- 
force such method of perking, in the event the Attorney advises that the Com 
mission has such authority. 
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(Mile Bridge Section, continued) 


Leonard & Slate 

F. C. Himber Company 
Dolan Construction Company 
Joplin & Eldon 


PACIFIC HIGHWAY 
BEAR CANYON SECTION - GRADING 


Harold Blake 

Berke Bros. 

M. L. O'Neil & Son 

Colonial Construction Company 

Leonard & Slate 

E. C. Hall Company 113,953.00 
E. L. Gates 114,111.00 
Jacobsen-Jensen Company 115,295.00 
McNutt Bros. 115,647.00 
clifford A. Dunn 117,698.00 
K. L. Goulter 126,915.00 
Kern & Kibbe 132,625.00 
A. C. Greenwood, Inc. 142,665.00 
Diesel Oil Sales Company 143,620.00 
Williams & Douglas 143,695.00 


CALAPOOYA RIVER AT BROWNSVILLE 
STEEL SPAN ON CONCRETE PIERS AND CONCRETE SLAB SPAN 
(Bids received for and in behalf of County Court of Linn County) 


Tom Lillebo $25,045.00 
Leonard & Slate 25,730.00 
Mountain States Construction Company 26,355.00 
F. C. Himber Company 27,008.00 
Barham Bros. 28,080.00 
J. F. Johnston 28,350.00 
Joplin & Eldon 29,088.00 
Warren Northwest, Inc. 30,430.00 
Portland Bridge Company 32,120.00 
Frank Watt Construction Company 32,864.00 


COLUMBIA RIVER HIGHWAY 
DILLON-JOHN DAY RIVER SECTION - CRUSHED ROCK IN STOCK PILES 


H. L. Rice $10,200, 90 
Fisher Bros. 11,250.00 
Rogers Construction Company 11,550.00 
A. S. Wallace 12,225.00 
Saxton, Looney & Risley 12,671.00 
Schmeer, Williams & Gentemann 13,637.00 


(Continued on next page) 
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A letter was presented from Archie McGowan, Burns, requesting that 
a marker be erected at the intersection of the Central Oregon Highway and 
the Harney Market Road, approximately 13 miles east of Burns, pointing out 
the old, historic Fort Harney, and containing thereon a brief history of its 
origin and its service to the pioneers who settled the Harney Valley; also, 
requesting that the concrete bridge on the Central Oregon Highway, about four 
miles east of Burns, be named "Susan's Bridge" in honor of Susan Dixon Whit- 
ing, @ pioneer of this district. The Commission approved the erection of the 
marker pointing out the location of old Fort Harney but referred to Lewis 4A. 
McArthur, Secretary of the Oregon Historical Society, the matter of dedicat- 
ing the bridge in honor of Mrs. Whiting. The Secretary was instructed to com 
municate with Mr. McArthur relative thereto. 


A letter was presented from Mr. R. Y. Neely, proprietor of the 
Neely Planing Mill, Willamina, Oregon, expressing his appreciation of the ef- 
forts of the State Highway Department to protect life and property. The Com- 
mission ordered the communication acknowledged with an appropriate answer. 


A letter from Mr. J. W. Raynard, Hillsboro, Oregon, requesting the 
oiling of the secondary state highway between Hillsboro and Newberg during 
1938, had the attention of the Commission. The Commission referred this mt- 
ter to the Engineer for investigation and report. 


The Engineer reported that, in accordance with authority previous- 
ly granted him by the Commission, he has ordered 4 number of surveys since 
the last meeting of the Commission. He presented a list of such surveys and 
asked the Commission to confirm the action. After due consideration, Commis- 
sioner Tou Velle moved thet the State Highwey Engineer be authorized and in- 
structed to make such location surveys on various sections of the highweys 
of this state, which said sections of highways, together with their identify- 
ing survey numbers und the amounts authorized and allocated for such survey 
expenditures, are as follows: 


Landscape - 36-2815 - McMinnville-Newberg Section, Pacific Highway West, 
Yamhill County. lst authorization - $150.00 


Bridge- - - - - 135-2807 - Little Shoofly Creek Bridge, Service Creek-Mitchell, 
Wheeler County. lst authorization - $300.00 


Location - - - 20-2808 - Oak Hill-Veneta Section, Route "F", Lane County 
(Vicinity Map) 3rd authorization - $325.00 
Total to date $5,325.00 


Locetion --- 4-2817 - Wolf Creek-Hemlet Junction - Wolf Creek Highway, 
(Sect. Cor.) Clatsop County. lst authorization - $150.00 


Locetion - — - 122-2808 - Brownsville-Crewfordsville, Halsey-Sweet Home Sec. 
Hwy., Linn County. 2nd authorization, $2,000.00 
Total to date $4,000.00. 
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The Engineer reported receipt of a complaint in regard to the con- 
dition of the surfacing on the Siletz Secondary Highway, in Lincoln County. 
He advised that a contract is now under way for the placing of surfacing m- 
terials on this road, but it seems that the nature of the subgrade is such 
that the rock is disappearing about as fast as it can be applied, due to 
heavy log-hauling traffic. He requested authority to increase the amount of 
rock called for in the contract in order to secure a more stable surface. 

The Commission authorized the Engineer to use his own judgment in this matter. 
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The Commission considered and ordered filed a copy of a letter from 
the Hon. H. A. Wallace, Secretary of the United States Department of Agricul- 
ture, directed to Governor Martin, advising the apportionments of the fiscal 
year 1939 federal moneys to the several states to finance construction of 
Federal Aid highways and the elimination of railroad grade crossings, and re- 
questing that the submission of projects under this apportionment be deferred 
until Congress has further considered the President's recommendation for the 
cancellation of such funds. 
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A letter was presented from Dr. Joseph H. Adler, Coroner, Klamath 
Falls, transmitting a report of the coroner's jury sitting for the considera- 
tion of a fatal accident that occurred on The Dalles-California Highway south 
of Klamath Falls, in which the jury recommends that the Highway Commission or- 
der a reduction in the speed limit on this highway from the city limits of 
Klamath Falls to the junction with the Klamath Falls-Lakeview Highway. The 
Engineer advised that this location would be an ideal place for the establish- 
ment of a 25-mile-per-hour speed limit if the Commission has legal authority 
to impose such regulation, and he recommended that the Commission order such 
speed limit for this section if the houses are close enough together to sat- 
isfy the requirements of the law. The Commission approved the recommendation 
by unanimous vote. The Attorney was instructed to prepare a bill for pre-~ 
sentation to the next legislature, clarifying the law on this subject and def- 
initely authorizing the Highway Commission to order reduced speed limits where 
necessary. 


The Commission had under consideration the matter of acquiring 4 
quarry site from a Mr. Byron Vandecar for’ use in connection with the surfacing 
of the north unit of the Missouri Fiat Section of the Medical Springs Second- 
ary Highway, in Beker County, for which bids were taken on the previous day. 
It appears that the Commission has a lease on this property which will expire 
shortly, and there is a question whether or not the contractor will be able 
to complete his job before the lease expires. After discussion, the Commis- 
sion approved settlement with the owner upon the royalty basis and authorized 
the payment of 3f per cubic yard for mterials taken, provided the contractor 
will agree to such arrangement. 


The Commission considered and ordered filed a letter from the Vale 
Chamber of Commerce urging that provision be made in the Commission's budget 
for the completion of the Central Oregon Highway between Vale and Albany dur- 
ing the season of 1938. 
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Location == - 34-2817 - Sunset Camp-Bufton Section, Wolf Creek Highway, 
Washington Co. 2nd authorization ~ $720.00 


Prepare Plans - 1-2811 - Baker-Flagstaff Hill Section, baker-Homestead Hwy., 
Baker County. lst authorization - 91,400.00 


Prepare Plans - 26-2832 - Sandy Blvd. Section, Columbia River Hwy., Mult- 
nomah County. lst authorization $1,000.00 


Location - - - 107-2804 - City of Prineville Section, Warm Springs Highway, 
Crook County. 1st authorization $200.00 


Location ---=- 42803 - Astor St. in Astoria, Columbia River and Oregon 
Coast, Clatsop Co. 4th euthorization $1,500.00 


Location - == 12-2811 - John Day Section, John Day Highway, Grant County. 
lst authorization $600.00 


Right of Way = 20-2627 ~- South of Bob Creek, Oregon Coast Highway, Lane Co. 
lst authorization $40.00 


Quarry and - - 28-2805 - idoro-Kent Section, Sherman Highway, Sherman Co. 
Stock Pile Sites lst authorization $200.00 


Gravel Sites -  6-2814 - Cocuille-winston Section, Coos Bay-Roseburg Hwy., 
Coos County. . lst authorization $1,250.00 


The motion was duly seconded by Commissioner Aldrich and wes declered by 
Cheirman Cabell to have carried by the unanimous vote of the Commission. 


The Commission had under consideration the following requests for 
extensions of time within which to complete highway construction projects: 


McNutt Bros., Contract No. 1917, for grading the Wall Creek- 
Siskiyou Section of the Pacific Mighway, in Jackson County, re- 
quested an extension of time from august 18 to August 23, 1937, 
within which to complete this project. They gave no reason for 
failure to complete the job within the specified time limit. The 
Engineer advised that the excavation quantities on this project 
were greatly increased due to slides, and ia view thereof it was 
his recommendation that the extension requested be granted with- 
out penalty. He presented a letter from the Buresu of Public 
Roads concurring therein. The Commission approved the recommen- 
dation by unanimous vote. 


Werren Northwest, Inc., Contract No. 1936, for grading and sur- 
facing the Gap Ranch-Silver Creek Section of the Central Oregon High- 
way, in Harney County, requested an extension of time from August 31 
to October 7, 1937, within which to complete this pr aject. They al- 
leged that their failure to complete the project witain the speci- 
fied time limit was due to bad weether conditions. The Engineer 
advised that bids for this project were taken by the Commission on 
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Prepare Plans 


Right of Way 


Right of Way 


Prepare Plans 


Scale Site - 


Right of Way 


Location - - 


Location 


Location - - 


Prospect for 
Materials 


Prepare Plans 


Prepare Plans 


Location - - 


22-2805 - 


22-2809 - 


5-2810 - 


121-2819 - 


21-2812 - 


18-2815 - 


19-2813 - 


14-2806 - 


23-2813 - 


136-2817 - 


Halsey-Harrisburg Section, Pacific Hwy. East, 
Linn County. 2nd authorization - $2,360.00 


Total to dete $4,960.00. 


Albany Section, Pacific Hwy. East, Linn Comty. 
2nd authorization - $12,000.00 
Total to date $15,000.00. 


St. Helens-Multnomah Co. Line, Columbia River Hwy. 
Columbia County. 1st authorization - $2,000.00 


Kernville Section, Siletz Secondary Highway, Lin- 
coln County. lst authorization - $200.00 


Otis-Siietz Section, Oregon Coast Hwy., Lincoln 
County. 2nd authorization - $500.00 
Total to date $570.00. 


Rice Hill-Turkey Hill Section, Pacific Hwy., 
Douglas County. lst authorization - $550,00 


Toledo-Newport Section, Corvallis-Newport Hwy., 
Lincoln County. lst authorization - $100.00 


Buell-Mill Creek Section, Dallas-Coast Sec. Hwy., 
Polk County. lst authorization - $75.00 


North Bend-Mershfield Section, Oregon Coast Hwy., 
Coos County. 4th authorization - $250.00 
Total to date $5,000.00. 


Marshfield-Coquille Section, Oregon Coast Hwy., 
Coos County. 3rd authorization - $1,000.00 
Total to date $17,300.00. 


Crooked Creek-Modoc Point Section, The Dalles-—Calif. 
Hwy., Klamath Co. 3rd authorization - $350.00 
Total to date $7,625.00. 


“Horse Ranch Section, Fremont Highway, Lake County 
lst authorization - $660.00 


Warren Creek-Perham Creek Section, Columbia River 
Hwy., Hood River Co. 2nd authorization-$100.00 
Total to date $400.00. 


Jamieson-Landcaster Sec., John Day Hwy., Malheur 
County. lst authorization-$800.00 


Hopewell Intersection, Bellevue-Hopewell Sec.Hwy., 
Yamhill County. lst authorization - $200.00 


project were taken by the Commission on April 28, 1937, but the 
contract wes not awarded until June 1, 1937, due to right of way 
difficulties. He further advised that during the progress of the 
work it became necessary to change the length of the treated pil- 
ing for one of the bridges, necessitating re-ordering such mater- 
ial. Work on this job, he said, was completed on December 11, 
1937, or 41 days after the date of completion specified in the 
contract. He recommended that an extension of time of 41 days be 
granted without penalty, and presented « letter from the Bureau 
of Public Roads concurring therein. The Commission approved the 
recommendation by unanimous vote. 


E. F. and W. F. Philpott, Contract No 1990, for the construc- 
tion of 4 bridge over Short Sand each Creek, on the Oregon Coast 
Highway, near Nehalem, in Tillamook County, requesved an extension 
of time from October 31 to December 4, 1937, within which to com 
plete this project. They gave no reason for their failure to com- 
plete the job within the specified time limit. The Engineer ad- 
vised that the contractors allege that the new grede leading up to 
this bridge was not completed in sufficient time to enable them to 
deliver materials to their job, and accordingly they were unable to 
complete it within the specified time limit. He further advised 
that the specifications under which this contrect was let did not 
contemplate the use of the new grade, but, on the other hand, spec- 
ified that the bridge should be completed so that the grading con- 
tractor could complete his work. He recommended, in view of the 
circumstances, that the extension of time requested be granted but 
that the contractor be charged an amount equal to the cost of main- 
taining the necessary force of engineers and inspectors on the work 
during the extra time required. He presented a letter from the Bu- 
reau of Public Roads concurring therein. The Commission approved 
the recommendation by unanimous vote. 


A letter was presented from Jacobsen-Jensen Company requesting the 
Commission to reconsider its action, taken on November 17, 1937, penalizing 
them for failure to complete their contract, No. 1968, for the grading and 
paving of the Turkey Hill-Chenoweth Park Section of the Pacific Highwey, in 
Douglas County, within the specified time limit. They pointed out that the 
Commission took bids for this job on March 25, 1937, but the contract was not 
awarded to them until 20 days had elapsed, and gave 4s their thought that 
they are entitled to at least 20 days' extension of time without penalty, in 
view of this fact. They further stated that their pay roll shows that they 
did not have any men working on this job after the 26th day of October, which 
would indicate thet the job was either accepted or ready for acceptance on 
that date, leaving a period of six days which could be considered as an 4c- 
tual overrun of time limit and for which the Commission could charge e penal- 
ty if it so desired. They also stated that they did everything possible to 
complete the project within the specified time limit but were unable to do so 
for reasons beyond their control. The Engineer recommended that the contrac- 
tor be allowed a 10-day extension without penalty on account of the delay in 
the awerd of the contract, but that the contractor be required to reimburse 
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November 5, 1936, but the contract was not awarded until November 
28, 1936. He further advised that there were no unusual road or 
traffic conditions during the progress of the work; also, that 
weather conditions were not particularly bad and the oniy apparent 
reason that could be given for the failure of the contractor to 
complete the job within the specified time limit is that the con- 
tractor had too many jobs under way at the same time. The travel- 
ing public, he said, was not inconvenienced by the delay because 
the contractor applied a prime coating of oil on this section ear- 
ly in the year and the road was kept in excellent condition during 
the summer months, but the road mix material was not applied until 
late in the season; consequently, the job was not as satisfactory 
as if this part of the work had been done during the warm weather, 
He also said that a check of the quantities of this contract re- 
veals an overrun of approximately 5 per cent and gave as his 
thought that the contractor is entitled to an extension of time 
comparable to the overrun in contract quantities. Accordingly, he 
recommended the granting of the extension of time requested subject 
to the condition that the contractor be assessed the engineering 
costs for such period as remains after making allowance for the ex- 
tension due by reason of the overrum of the contract amount. He 
presented a letter from the Bureau of Public Roads concurring there- 
in. The Commission approved the recommendation by unanimous vote. 


Corvallis Sand and Gravel Company, Contract No. 1950, for fur- 
nishing crushed material in stock pile for the Port Orford-Euchre 
Creek and Cape Sebastian-Whaleshead Creek Sections of the Oregon 
Coast Highway, in Curry County, requested an extension of time of 
60 days, from October 31 to December 31, 1937, within which to com 
plete this project. They attributed their failure to complete this 
project within the specified time limit to unprecedentedly bad 
weather conditions and an excessive quantity of rejection material 
encountered at the Pistol River setup. The Engineer advised that 
the unusually late spring and early winter weather wes chiefly re- 
sponsible for the delay. No incor-venience to the traveling public 
was occasioned by the delay, he said, but the state did incur some 
additional engineering expense. 4e gave as his thought that the 
reasons given by the contractor fcr the deicy are sufficient to 
justify extending the contract, as requested, without penalty, and 
he so recommended. The Commission approved the recommendation by 
unanimous vote. 


J. F. Johnston, Contract No. 1985, for the construction of 
bridges over Jordan Creek on the 1.0.N, Highway, near Jordan Val- 
ley, in Malheur County, requested an extension of time of 45 days, 
from October 31 to December 15, 1937, within which to complete 
this job. He attributed his failure to complete the contract with- 
in the specified time limit to the fact.that the contrdéct was not 
awarded to him for 30 days after the bids were opened and the fact 
that he was required to use longer piling on this job than was 
originally anticipated. The Engineer advised that bids for this 


Contract No. 2003, with Minneapolis Moline Power 


Implement Company, for furnishing structural steel for 
Southern Pacific Undercrossing on the Pacific Highway 
Wiest, near Whiteson, in Yamhill County. Delivered De- 
cember 25, 1937. 


THEREFORE, BE IT RESOLVED that the work covered by said 
state highway contracts for the construction of said state highway 
projects be declared completed according to the terms of the re- 
spective contracts, and said jobs are hereby accepted and final 
payment in connection with each is hereby authorized. 


The Commission considered and signed agreements, ei cetera, as fol- 
lows: 


Agreement with W. G. Brown, Crystal, Oregon, providing for 
snow removal on the Klamath Lake Secondary Highway between Crys- 
tal Schoolhouse and the Rogue River National Forest Bourdary, 
during the 1937-38 winter season. 


Application directed to the Secretary of the Interior for the 
purchase of additional right of way for the Columbia River High- 
way between Viento and Memaloose Park, in Hood River County, be- 
ing a portion of the Katie Koons Indian Allotment. 


The Engineer brought up for discussion the matter of constructing 
the proposed line change through the town of Brookings, in Curry County. He 
suggested that the Commission approve this project for construction in 1939, 
if possible, unless the cost of moving the buildings is too high. The Com 
mission deferred a decision in this matter pending a full report by the En- 
gineer on the total cost of the project. 


The Engineer reported on the cost to illuminate the East Portland- 
Oregon City Highwey between Portland and Milwaukie, as ordered by the Commis- 
sion at the previous meeting. He estimated that it would cost about $8,500 
to light the section between the Ross Island Bridge and 17th Avenue, Port- 
land, a distance of 1.297 miles; and about $9,550 to light the section be- 
tween 17th Avenue end the south city limits of Portlend,near the Oregon 
Worsted Mill, a distance of 1.79 miles; and ebout $6,275 to light the section 
from the south city limits of Portland to Milwaukie, a distance of 1.075 
miles; or a total of about $24,325 annually for the entire section. He also 
astimated that it would cost approximtely $3,750 annually for maintenance. 


In this connection a letter was presented from the Treffic Engineer 
of the city of Portland urging, if the Commission intends to experiment with 
the illumination of highways, consideration of the lighting of &2nd Avenue 
within the city limits of Portland. A letter wes also presented from the 
town of Beaverton urging the Commission to consider in this program the in- 
stallation of sodium lights along the Tualatin Valley Highway between the 
city of Portland and the town of Beaverton. The Commission considered that 
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the state for the cost of engineering supervision incurred on this job sub- 
sequent to that time. He presented a letter from the Bureau of Public Roads 
concurring therein. The Commission approved the recommendation by unanimous 
vote. 


The Engineer reported that contracts Nos. 1890, 1917, 1936, 1950, 
1985, 1990, and 2003, for the construction of state highway projects and for 
the furnishing of steel] for the S.P.Undercrossing at Whiteson, Yamhill Coun- 
ty, have been completed according te the requirements of the contracts or 
modifications thereof end that said jobs are now ready for acceptance. The 
following resolution eccepting the above projects was offered and was adopted 
by the unanimous vote of the Commission: 


WHEREAS, the Engineer has reported that the following 
State Highway Commission contracts for the construction of state 
highway projects have been completed according to the terms and 
provisions of the contracts and that said jobs are now ready for 
acceptance: 


Contract No. 1890, with McNutt Bros., for grading 
Unit No. 3, McCallister Section of the Little Butte Sec- 
ondary Highway, in Jackson County. Completed August li, 
1937. 


Contract No. 1917, with McNutt Bros., for grading 
the Wall Creek-Siskiyou Section of the Pacific Highway, 
in Jackson County. Completed August 23, 1937. 


Contract No. 1936, with Warren Northwest, Inc., for 
grading, surfacing, and oiling the Gap Ranch- 
Silver Creek Section of the Central Oregon Highway, in Har- 
ney Comty. Completed October 7, 1937. 


Contract No. 1950, with Corvallis Send & Gravel Com- 
pany, for furnishing crushed gravel in stock pile for the 
Port Orford-Euchre Creek and Cape Sebastian-Whalesheac. 
Creek Sections cf the Oregon Coast Highway, in Curry Coun- 
ty. Completed December 11, 1937. 


Contract No. 1985, with J. F. Johnston, for construc- 
tion of briages and culverts on the Fast Unit of the Jordan 
Creek Section of the I.0.N. Highwey, in Malheur County. 
Completed December 11, 1937. 


Contract No. 1990, with E. F. & W. F. Philpott, for 
bridge construction over Short Sand Beach Creek on the 
Short Sand Beach Creek Section of the Oregon Coast Highway, 
in Tillamook County. Completed December 4, 1937. 
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Commission desires in order that his money will not be tied up until next 
spring. He gave as his thought that Mr. Hoffman's request is reasonable and 
recommended acceptance of the same. The Commission approved the recommenda- 
tion by unanimous vote, but ordered that the matter be covered by eppropriate 
agreement. 


The Commission reconsidered the matter of paying for right of way 
that is being acquired for the proposed Albany railroad grade separation 
project. It was decided not to pay out any money for such right of way until 
the Public Utilities Commissioner's hearing on this subject has been held, 
except in cases where deeds have already been received. 


The Commission also reconsidered the request of the city of Medford 
for approval of two traffic light installations on Mein Street (Pacific High- 
way route) in Medford, which lights do not conform to the state's requirements. 
It was reported that the city has already installed the lights. The question 
arose as to what action should be taken against the city in regard thereto. 
After discussion the Commission ordered that the Traffic Engineer, Mr. John 
Beakey, and Division Engineer K. D. Lytle be instructed to contact the city 
officials and arrange a settlement of the matter in the most satisfactory 
manner possible. 


The Commission considered, and referred to the Director of the Trav- 
el and Information Department, a letter from City Commissioner R. E. Riley, 
Portland, suggesting that Mr. Marvin K. Hedge, who is the world's champion 
all-round fly caster and is now on a tour of the United States, be author- 
ized to display advertising material of Oregon in the booths thet he will 
maintain at each of his stops. 


The Commission considered a letter from Mr. Lester Sheeley, Chair- 
man of the Roads and Highways Committee of the Vernonia Chamber of Commerce, 
urging the construction of the Banks-Buxton Section of the Wolf Creek High- 
way. The Secretary was instructed to acknowledge receipt of this letter and 
to inform Mr. Sheeley that the Commission feels that it must complete the 
construction of the 17-mile section between Elsie and Summit Camp before it 
starts the construction of any other section of this road. 


The Attorney brought up for discussion the mtter of the pending 
suit. against Baker County, brought by the Sumpter Valley Railroad Company, 
arising out of encroachment of the Sumpter Valley Secondary Highway on prop- 
erty owned by the company. He said that the railroad company has started 
suit against the county, and the state, as an agent for the county, and thet 
the county has asked that he be permitted to assist in this suit. He sug- 
gested that the Commission authorize him to aid the county in this matter but 
not as @ representative of the State Highway Commission. The Commission ap- 
proved the suggestion by unanimous vote. 


In this connection, the Commission decided that hereafter, before 
any county road is designated as a secondary state highway, a thorough in- 
vestigation shall be made to ascertain what obligations, if any, the state 
will assume by so designating such road and bringing it under the state's 
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82nd Avenue does not meet the requirements with respect to illumination, and 
accordingly denied the request to conduct an experiment on this road. The 
Commission decided to study further the matter of lighting the Tuslatin Val- 
ley Highway between Portland and Beaverton, it being the thought of the Com- 
mission that such section might meet the requirements of the experiment if 
the city of Portland will cooperate to the extent of installing similar 
lights along the Canyon Road portion of this highway within the city limits 
of Portland. The Engineer was instructed to contact the city of Portland of- 
ficials relative thereto . A definite decision in this lighting metter was 
accordingly deferred by the Commission until the next meeting. 


Chairman Cabell brought up the matter of installing a suitable 
light at the intersection of Barbur Boulevard and Sheridan Street in Port- 
land, being the intersection of the Pacific Highwey West and the Pacific 
Highway East, for the protection of traffic at this point. The Commission 
by unanimous vote ordered the installation of a traffic light at this point 
at the earliest possible time. 


The Commission had under consideration the selection of projects 
on which to receive bids at the next regular meeting. The Engineer submit- 
ted ea list of eligible projects from which the Commission selected the fol- 


lowing: 
Name of Project 


Lake Lytle Bridge 

Hill Creek Bridge 

Paradise Creek-Drain Rock Production Project 
Hood River Rock Production Project 
Crescent-Beaver Marsh Rock Production Project 
Bandon-Port Orford Rock Production Project 
Mystic Creek-Brockway Rock Production Project 
Gold Hill Rock Production Project 


TCTAL $124,000 


The Engineer was authorized and instructed to prepare the plans and specifica- 
tions for these projects and to advertise as many of them as possible for bids 
to be received at the next meeting. 


Reconsideration was given by the Commission to the request of con- 
tractor L. H, Hoffman that he be allowed payment for the structural steel thst 
he has on hand for use in connection with his contract for the construction 
of the Quartz Creek Bridge on the Wolf Creek Highway. The Engineer advised 
that the steel has already been fabricated and is being held in storage at 
the fabricator's shop at Vancouver, Washington, but cannot be delivered to the 
job at the present time because of unfavorable road conditions. He further 
stated that Mr. Hoffman is willing, in order to optain payment for this mter- 
ial, to give the stete a bill of sale for the same and to pay the cost of - 
storage and have the mterial insured. In fact, he will do anything that the 


Chairman Cabell announced the following awards of contracts for 
which bids were taken at the morning session, the awards having been pre- 
viously approved by the Commission by unanimous vote: 


"Baker-Durkee Section of the Old Oregon Trail, in Baker County. 
Furnish 5,000 cu. yds. crushed rock in stock pile. The Commission 
received two bids for this job, being those of Homer G. Johnson, 
Portland, at $15,250.00, and Quinn-Robbins, Inc., Boise, Idaho, at 
$19,000.00. Neither of these bids is satisfactory to the Commis- 
sion and they have both been rejected and the project has been or- 
dered readvertised. 


"Mile Bridge Section of the Nehalem Secondary Highway, in 
Columbia County. 0.20 mile grading, surfacing and oiling and con- 
struction of a bridge. The low bid is that submitted by Warren 
Northwest, Inc., Portland, at $39,791.50. The next low bid is 
that submitted by the Mountain States Construction Company, Eugene, 
at $40,019.50. There are four higher bidders. The Commission 
awards this contract to the low bidder, Warren Northwest, Inc., 
at their bid of $39,791.50. 


"Bear Canyon Section of the Pacific Highway, in Jackson Coun- 
ty. 0.73 mile grading. Herold Blake, Portland, submitted the low 
bid for this job at $92,614.00. ‘The next low bid was submitted by 
Berke Bros., Inc., Portland, at $94,641.00. There were 13 higher 
bidders. The Commission awards this contract to Harold Blake, the 
low bidder, at his bid of $92,614.00. 


“Construction of a bridge over the Calapooya River on @ coun- 
ty road at Brownsville, Linn County. The low bidder was Tom Lille- 
bo, Reedsport, at his bid of $25,045.00. The next low bidder was 
Leonard & Slate, Multnomah, at $25,730.00. There were 8 higher 
bidders. This is a county bridge project and the bids for the same 
were received by the Commission on behalf of the County Court of 
Linn County, which has full jurisdiction over the same and which 
is paying for the work with county funds. All of the bids, there- 
fore, are being referred to the County Court of Linn County for 
further disposal. 


"Dillon-John Day River Section of the Columbia River Highway, 
in Sherman and Wasco Counties. Furnish 7,500 cu. yds. crushed 
rock in stock pile. The Commission received 11 bids for this job, 
the low one being that of H. L. Rice, Portlend, at $10,200.00. 

The next low bid was that of Fisher Bros., Oregon City, at 
$11,250.00. The Commission has deferred the award of this con- 
tract and has referred the bids to the Engineer with power to 
award the contract to the low bidder when certain conditions have 
been satisfied. 


"Grande Ronde River-Noyes Ranch Section of the Cove Secondary 
Highway, in Union County. 2.66 miles grading, surfacing and oiling. 
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jurisdiction, and if the investigation reveals that the state would assume 
any undesirable obligations, then a thorough understanding and agreement rel- 
ative thereto shall be had with the county concerned before the road is 
_Placed on the Secondary “ighway System. . 


The County Court of Klamath County, consisting of County Judge 
George D. Grizzle, and County Commissioners Roy Taber and Wm. F. B. Chase, 
appeared before the Commission regarding the selection of roads for the Fed- 
eral Aid Secondary Highway System. Also present were Frank Z. Howard, 
County Engineer, and Earl Reynolds, Secretary of the Klemath County Chamber 
of Commerce. Chairman Cabell expleined the requirements for Federal Aid 
Secondary Highways and inquired which roads in Klamath County the County 
Court preferred to have improved in the Federal Aid Secondary Highway Pro- 
gram. The County Court asked that the funds available be expended for the 
improvement of county roads, and suggested the following: (1) the road that 
extends from Malin northerly to the junction with the Klemath Falls-Lakeview 
Highway, via Poe Valley and Bonanza, particularly the 6-mile section there- 
of commencing about 3 miles north of Melin and extending northerly to a 
point in Poe Valley about 2 miles south of Bonanza; (2) the Whitney Bridge 
road from its junction with The Dalles-California Highway to the California 
State line; (3) Langell Valley Road. Their first choice of state secondary 
highways was the improvement of the Midland and Lower Klamath Secondary 
State Highways, and for their second choice they named the Klamath Lake Sec- 
ondery Highway. The Commission agreed to send the County Court 4 statement 
as to the amount cf federal secondary funds that will be allocated to Klam- 
ath County, as socn as that has been determined. 


A delegation from Douglas County, representing the Dougles County 
Court and the Roseburg Chamber of Commerce, consisting of County Commission- 
er H. B. Roadman; A. C. Marsters; W. C. Harding, Secretary of the Chamber of 
Commerce; Senator C. W. Clark; Harold B, McKay; Herris Ellsworth, ell of 
Roseburg; and Bob Blakely, of Glide, came before the Commission relative to 
the selection of Federal Aid Secondary Highways in Douglas County. Mr. Road- 
man said that the County Court is very much in favor of the improvement of 
the North Umpqua Highway between Roseburg and Glide and recommends that all 
of Douglas County's share of the Federal Aid Secondary Highway Funds be ex- 
pended for construction on this road. He said that this is the county's 
first and only choice. His remarks were endorsed by the other members of 
the delegation. 


Mr. Harding urged, on behalf of the County Judge, George K. Quine, 
who was unable to be present, the reconstruction of the Roseburg-Keck Creek 
Section as the first unit. Mr. Marsters asked the Commission to spend its | 
money on permanent location. After further discussion, the delegation left 
it with the Commission to decide which section should be improved first. 


The Commission adjourned at 12:15 o'clock p. m. and reconvened at 


2:00 o'clock p. m. in the same room, with all Commissioners, the State High- 
way Engineer, the Attorney, and the Secretary present. 


JAN ? 1938 


The County Court was undecided as to its choice of the county roads, 
whereupon it was agreed that the Court would agein discuss the mtter with 
the Commission at its next meeting. The Engineer was instructed to investi- 
gate and secure full information on the roads mentioned so that the Commis- 
sion will be informed when the matter again comes up for discussion. 


County Commissioner Clyde Myers, representing the County Court of 
Union County, conferred with the Commission in regard to the selection of 
roads in Union County to be improved as federal aid secondary highways. Mr. 
Myers expressed a preference for the following projects: (1) Sanderson 
Springs-Phillips Creek County Road, porticularly the Imbler-Phillips Creek 
Section thereof; (2)North Powder County Road from North Powder to the North 
Powder River; (3) Anthony Creek Road, being an extension of the North Pow- 
der-North Powder River Road; (4) Island City-Cove-Union State Secondary 
Highway; (5) Medical Springs State Secondary Highway. He was informed that 
the Highway Commission will give these projects due consideration in the se- 
lection of the Federal Aid Secondary Highway Program. 


The County Court of Wasco County, represented by County Judge G. G. 
Shults and County Commissioners Angus H. McLeod and Mace Fulton, was present 
in the interests of the selection of roads for the Federal Aid Secondary High- 
way Program. The Court expressed a preference for construction of a road 
from Tygh Valley to Wamic and continuing to a connection with the Wapinitia 
Highway, being an extension of the Sherar's Bridge-Tygh Valley Secondary 
State Highway. They were informed that this road could not qualify as a 
Federal Aid Secondary Highway. 


They then asked that this road be placed on the State Secondary 
Highway System and suggested the following roads for improvement on the Fed- 
eral Aid Secondary System: (1) Roberts-Kuykendahl County Road known as the 
Tygh Ridge Road; (2) Chenoweth County Road; (3) Fifteen Mile Creek Road. 
The Shaniko-Fossil Secondary Highway No. 291 was their choice of projects 
on the state secondary highway system but they stated a preference for the 
county road improvements. 


County Judge A. R. Bowman and County Commissioner Charles T. Brown, 
representing the County Court, of Crook County, were present. They advised 
that the Crook County Court prefers that the Federal Aid Secondary Highway 
moneys be expended for the improvement of the Warm Springs State Secondary 
Highway, that being their first and only choice. Judge Bowman gave as his 
opinion that the State Highway Commission is obligated to improve such high- 
way between Prineville and Madras. 


The County Court of Coos County, represented by County Judge Hugh 
McLain and County Commissioner Thos. H. Thompson, was present and recommended 
the improvement of the following county road projects in the Federal Aid Sec- 
ondary Highway Program: (1) Coos River Wagon Road; (2) Allegany Road be- 
yond the terminus of the state secondary highway. They stated that they 
preferred that the available funds be expended for county roac construction 
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Warren Northwest, Inc., Portland, submitted the low bid for this 
job @t $19,251.00. The bid subnitted by Babler Bros., Portland, 
in the amount of $20,817.00, was the second low bid received. There 
wore 4 higher bidders. The Commission has awarded the contract to 
the low bidder, Warren Northwest, Inc., at their bid of $19,251.00. 


"West Fork Dairy Creek Section of the Nehalem Secondary High- 
way, in Washington County. 0.11 mile grading and surfacing, and 
construction of an 87-ft. composite pile trestle. J. F. Johnston, 
Newberg, submitted the low bid for this project at $8,330.00. 
Leonard & Slate, Multnomah, submitted the next low bid at $8,622.50. 
There were 5 higher bidders. The Commission has awarded this con- 
tract to the low bidder, J. F. Johnston, at his bid of $8,330.00." 


The Commission had under consideration the award of the contract 
for the surfacing of the North Unit of the Missouri Flat Section of the Med- 
ical Springs Secondary Highway, in Baker County, for which bids were taken 
on the previous day. The Engineer advised that the conditions of the award 
of this contract have been fulfilled and it is now his recommendation that 
the contract be awarded to the low bidder, 0. C. Yocom, at his bid of 
$3,750.00. The Commission approved the recommendation by unanimous vote, and 
so ordered. 


County Commissioners Harry 0. Harmon and Floyd W. Hammack, and 
County Engineer Glen Jacob, of Wallowa County, came before the Commission in 
regard to the selection of roads to be included in the Federal Aid Secondary 
Highway System. Chairman Cabell explained the requirements and inquired 
which roads the county court wants given first consideration in the program. 
The Court mentioned, es its first project, the county road which extends 
from Enterprise to Joseph, up what is known as Hurricane Creek. Their second 
choice was the county road which extends from Flora to Troy; and their third 
choice was the county road extending from Wallowa to Evans. They expressed | 
their preference for the expenditure of the funds available for the improve- | 
ment of county roads rether than for state secondary highways and advised 
that the logical place to spend this money is on the Hurricane Creek Road 
between Enterprise and Joseph. 


The County Court of Umatilla County appeared before the Commission 
with regard to Federal Aid Secondary Highway matters. Present were County 
Judge Carl W. Chambers and County Commissioners Sam Ingle and Wm. R. Meiners. 
Cheirman Cabeil explained the requirements for ,Federal Aid Secondary roads 
and asked the County Court which roads it prefers be improved under the Fed- 
eral Ait Secondary Highway program. Judge Chambers said that the County Court 
prefers that the funds available be expended for improvements on the State 
Secondary Highway System. Mention was also made of the following county 
roads: Milton-Couse Creek Road, particularly a 1l-mile section thereof start- 
ing near the town of Milton and extending southeasterly toward a eonnection 
with the Weston-"lgin Secondary Highway; the Walla Walla River Road, extend- 
ing from Milton up the Walla Walla River, a distance of about 6 miles; and 
the Sunquist Road, extending from a point about 3 miles east of Umapine to 
the Washington State Line, a distance of about 24 miles. 
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The State Highway Engineer advised that the Commission has under 
consideration the postponement of the opening of this highway for general 
public use for a period of about one year, or in the fall of 1940, rather 
than in 1939, in order to provide greater safety to the traveling public 
which will use the road. He explained that heretofore the Commission has 
concentrated its funds for greding work with a view in mind of opening the 
road throughout for general public use at the earliest possible time. the 
idea being to 2et the public have the use of the road during the time that 
the road is bei surfaced; however, the question now arises whether or not 
that would be advisable in view of the dust hazard that undoubtedly will 
obtain if the rosd is open to the public before the surfacing is applied. 

He predicted that the road would carry @ large volume of traffic just as 

soon a8 it is opened to the public and that numerous accidents would occur 
because of this dust condition. He explained that it was with the thought 

in mind of reducing the number of accidents, as well as facilitating con- 
struction work, that the Commission has been considering the advisability of 
keeping the road closed to the general public until & sufficient amount of 
surfacing materials has been placed to permit travel with safety; but, be- 
fore taking definite action on the matter, the Commission wanted to discuss 
it with the people of Lane and Klamath Counties because of a previous under- 
standing in regard to the time that the road would be opened to travel. He 
called attention to the type of soii of which the highway grade is construct- 
ed, particularly on the section east of Cascade Summit, being a pumiceous ma- 
terial which arises in clouis of dust when a vehicle passes over it, result- 
ing in poor visibility and unsefe traveling conditions. He also pointed out 
the necessity to line the tunnel at the summit of the Cascade Range, and ad- 
vised that in any event it would be necessary to close the highway to travel 
during the time that such lining is being constructed. He requested ex- 
pressions from the members of the delegation in regard to this matter. 


Judge Fisk of Lane County stated that public opinion in Lane Coun- 
ty fevors opening the road for travel as soon as possible, regardless of 
whether or not the road has been surfaced. He suggested that the application 
of a light oil treatment on the section east of Odell Lake, where the dust 
condition is the worst, would eliminate the dust hazard and safeguard travel 
from that standpoint. The State Highway Engineer advised that oiling ex- 
periments have been conducted on pumiceous soils and it has been found that 
a light oil treatment such as supgested by Judge Fisk will not hold up under 
the conditions that obtain east of Odell Lake; furthermore, that it would 
cost about $3,000 a mile to apply such oil treatment, which is considered ex- 
orbitant in view of the mileage to be covered and the fact that it would 
gerve only 6 temporary purpose. He added that if the oiling work could be 
done for about $600 a mile, that would be a different matter and he would 
recommend it. 


Judge Grizzle stated that the people in Klamath County prefer that 
the road be opened for general public use during 1938. They want the use of 
the road without delay, he seid, and they would prefer to use the grade in 
its dusty condition rather than have to wait until the surfecing is con- 
structed. 
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The County Court was informed that the replacement of the Catching 
Slough Bridge, on the Coos River Secondary Highway, is an absolute necessity 
and it does not appear now thet the Commission will be able to finance any 
more than just this one job; however, the Commission will give the County 
Court's request due consideration in the formulation of the Federel Aid Sec- 


ondary Highway Program. 


The County Court of Lane County, consisting of County Judge Fred 
Fisk and County Commissioners Walter J. Holland and C. M, Young; also County 
Engineer P. M. Morse, discussed with the Commission matters pertaining to 
the selection of roads to be included in the Federal Aid Secondary Highway 
System in Lene County. Judge Fisk presented a letter recommending the fol- 
lowing county roads, in the order mentioned; for consideration in such pro- 
gram: (1) road extending from Eugene to Veneta (Route "F"), particularly 
the grading «nd surfecing of the 6-mile section from a place known as Niel- 
son's to Veneta; (2) road extending from Eugene northerly, through Coburg, 
to the Linn County line, particularly the revision and oiling of the same; 
(3) road extending from Eucene to the Linn County line, vie Springfield and 
Marcola, including the surfacing of the same north of Mabel, and the oiling 
of the entire section, 25 miles in length; (4) the road extending from Jas- 
per to Lowell, a distance of 11 miles. 


The County Court's first choice of state secondary highways to be 
improved on this program was the Territorial Road south from Veneta. Chair- 
man Cabell advised that the Commission will give the Court's request due con- 
sideration in the formulation of the Federal Aid Secondary Highway program. 


County Engineer Morse inquired whether or not the Commission would 
sell to the county the rock stored in one of the Commission's maintenance 
stock piles located near a place known es Horton, west of Junction City. He 
said that the state has 5 piles of maintenance rock et this place that are 
not being used, because, as he understood it, the rock is quite soft and is 
not particularly good for highway purposes. He advised that this rock could 
be used to good advantaze by the county on county roads in this vicinity, and 
the Court would like to buy it, if possible, at least one pile containing - 
about 309 cu. yds. He offered to pay cash for the rock or replace it with 
other rock from the county's supply at Lorraine, as the Commission preferred. 
The State Highway Engineer stated that he would not approve the sale of rock 
as & general policy but in this particular instance he would recommend let- 
ting the county have the rock, if, after investigation, it is found that that 
could be done without causing any interference with the state's activities. 
The Commission thereupon referred the matter to the State Highway Engineer 
with full power to act. 


The Commission then discussed with the county courts of Lane Coun- 
ty and Klamath County matters pertaining to the Willamette Highway. Repre-- 
senting Klamath County in this discussion were County Judge George D. Grizzle 
ané County Commissioners Roy Taber and Wm. F. B. Chase; County Engineer Frank 
Z. Howard, and Earl Reynolds, Secretary of the Klamath County Chamber of Com- 
merce. Representing Lane County were County Judge Fred Fisk, County Commis- 
sioners Walter J. Holland and C. M. Young, County Engineer P. M. Morse, and 
Ed Turnbull, Eugene. 
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Albany end, and that the available money should be expended for the im - 
provement of the same. Jt was also agreed thet any surpluses remaining 
from Benton County's share of these funds should be spent, perhaps, for the 
improvement of the Kings Vallivy State Secondary Highway. 


Judge Herron then asked the Commission to take over the maintenance 
of the Willamette Bridge at Corvallis, which is on the route of the Albany- 
Corvallis State Secondary Highway. He said that the present state secondary 
highway terminates at the east end of this bridge and that the west end of 
this bridge is only one block from the Albany-Corvallis primary state high- 
way. He gave as his thought that, in view of the circumstances, the state 
should assume the responsibility of mainteining the bridge. The Commission 
took the matter under advisement. 


The County Court of Merion County, represented by County Judge 
J. C. Siegmund and County Commissioner Roy S. Melson and County Engineer Ne- 
than C. Hubbs, conferred with the Commission in regard to Federal Aid Sec- 
ondary Highways. They expressed e preference for the following county roads: 
(1) Salem-Silverton road; (2) South River Road, between Selem and Indepen- 
dence; (3) North River Road from Salem to McNery's Corner. They said that 
the county would contribute county funds as cooperation with the state in 
the improvement of the South River Road between Salem and Independence, Aft- 
er discussion, it was agreed thet approximately 50% of the Federal Aid Sec- 
ondary Highway moneys available for Marion County should be expended on the 
Salem-Silverton County Road, and the balance on the Salem-Independence Road. 
The State Highwey Engineer was instructed to obtain information for a suit- 
able project on the dalem-Independence road for financing with joint state 
and county funds. 


A delegation from Tigard, Oregon, consisting of 0. L. Moore, W. E. 
Upshaw, E. Johnson, Dr. Bissett, A. Hoffaboor, W. M. Bwans. J. M. Keister, 
and Messrs. Lewis and Doriot, came before the Commission in regard to the inm- 
provement of the Pacific Highway hest into Tigard for four lanes of traffic. 
Also present were Thomas Tongue, Hillsboro, Attorney for the delegation, and 
County Judge Donald T. Templeton and County Commissioner H. D. Kerkman, of 
Washington County. Mr. Tongue was spokesman for the groups He urged the 
improvement as a traffic necessity requiring immediate action, and suggested 
that if the Commissjon found it impossible to reconstruct the highway on the 
existing route through Tigard, the most feasible route and the one that would 
be the least costly to construct and would be the least harmful to the town 
is the one that leaves the present highway neer the intersection of the coun- 
ty roed that leads to Beaverton end extends in a northwesterly direction to 
a connection with the present highway near the Catholic school in Tigard. 


Chairman Cabell advised that the town of Tigard is the logicai stop- 
ping place for a 4-lane highway, but such project depends, to a large extent, 
upon the revision through the town of Tigard; in fact, the two projects have 
to be worked up together, and the Commission is not able at this time to state 
when the work will be done because of the uncertainty of the federal moneys 


with which the project will be financed. He explained that there is a ques- 
tion as to where the highway should be located through the town of Tigerd in 
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Chairman Cabell edvised that the members of the Highway Commission 
and the officials of the Bureau of Public Roads, who have the responsibility 
for this roed, are convinced that a real denger will be created if the road 
is opened for general use before the surfacing is applied. He added that 
such responsibility cannot be passed on to the counties. He further advised 
that the deferment of the opening of the road for a year will have no bear- 
ing whatsoever on the amount of money thet is to be spent for construction 
purposes but it would simply mean that when the road is opened the public 
will have a very good road to travel on; whereas, if it is turned over to 
the public before the surfacing is applied, travel conditions will be very 


poor. 


Mr. W. H. Lynch, District Engineer, Bureau of Public Roads, was 
present. He pointed out that it would be necessary in any event to close 
the road to public use when the tunnel is being lined. He predicted that 
the Highway Commission and the Bureau of Public Roads would be severely 
criticized by the general public if the road were opened early and left in 
a dusty condition. 


The State Highway Engineer explained the plens for completion of 
the project, which include the application of the lightest oil treatment 
possible to permit travel at the earliest possible time, and the construc- 
tion of a standard surfacing later. It was his thought that practicelly ail 
of the construction work would be completed and a dustless road turned over 
to the public by the fell of 1940, dependent upon the continuation of feder- 
al appropriations by Congress. 


Chairman Cabell concluded the conference by stating that the Com- 
mission is particularly desirous that the people of Lane and Klemath Coun- 
ties know the situation confronting the Commission and the Bureau of Public 
Roads with regard to the opening of this road, and it was for that reason 
that the county courts were invited to be present at this meeting to discuss 
the matter. The final decision of the mtter, he added, is in the bands of 
the State Highway Commission, which must assume the responsibility,and the 
Commission will make its decision in accordance with its best judgment after 
giving due thought and consideration to the desires of the people of Lane 
and Klemath Cotnties, as expressed at this meeting. 


Judge Fisk inquired into the possibilities of securing state aid 
in maintaining the detour road along Salt Creek pending the opening of the 
highway. The Commission took the matter under advisement. 


The County Court of Benton County, represented by County Judge H. C. 
Herron and County Commissioners T. A. Logsdon and W. H. Malone, came before 
the Commission in regerd to the selection of Federal Aid Secondary Highways. 
They suggested the following: (1) North Albeny-Wells county road; (2) Ale 
pine-Glenbrook county read; (3) North Albany-Buena Viste county road; (4) 
Kings Valley State Secondary Highway; (5) Territorial State Secondary High- 
way. It was agreed by all that the road of greatest importance is the North 
Albany-Wells county road, particularly a 3-mile section thereof, at the 
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The Engineer reported receipt of an invitation from the Pacific 
Coast Branch of the Associated General Contractors of America to address 
this association at its 12th annual convention in Seattle, on January 28. 
The Commission authorized him to attend such meeting at state expense pro- 
vided it meets with the approval of Governor Martin. 


The Engineer requested authority for Assistant State Highway Engi- 
neer C. B. McCullough and Construction Engineer H. G. Smith to inspect con- 
crete pavements in the State of Washington, at state expense, with a view 
to securing needed information in regard to the construction of joints in 
such type of pavement, there being many good examples of such work in that 
state. The Commission approved the request by unanimous vote, subject to 
further approval by Governor Martin. 


The Commission had under consideration the setting of a date for 
its next regular meeting to receive bids for highway construction. It was 
decided to hold such meeting on Thursday and Friday, February 17 and 18, 
1938, in Portland. The Secretary wes instructed to arrange to hold this 
meeting in the auditorium of the Public Service Building, if possible, in 
accordance with the usual practice. 


The Secretary was also instructed to invite to such meeting the 
county courts of the several counties which have not been heard relative to 
the selection of roads to be included in the Federal Aid Secondary Highway 
System. 


There being no further business to come before the Commission at 
this time, the meeting was adjourned at 5:30 o'clock p. m. 
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view of the fact that it involves a crossing of the Southern Pacific Com- 
pany's tracks. The Bureau of Public Roads, he said, will not approve the 
expenditure of government money for an improvement that involves the cross- 
ing of a railroad track et grade; therefore, the adoption by the Commission 
of the existing route on Main Street through Tigard would necessitate the 
construction of an overhead structure, which would be detrimenta! to the 
best interests of the town and would be highly undesirable from the stand- 
of the local people. The alternative, he added, is to reroute the 
hway. 


The policy of the Commission, he said, is to locate highways where 
they will be of the most benefit to the general traveling public, notwith- 
standing that such location may be harmful to the local interests. However, 
there are exceptions to this policy, and, in this instance, it appears, 
from information available, that the route suggested by Mr. Tongue is the 
most desireble, although surveys are not yet completed and the Commission 
is not in a position to make a definite decision at this tive. 


Judge Templeton said that the Washington County Court feels that 
there is a necessity for this improvement and that it should be undertaken 
at the earliest possible time. He further stated that, in his estimation, 
the route to the north of Tigard, which was suggested by Mr. Tongue, is the 
Court's choice. 


Mr. Upshaw said that sentiment in Tigard is getting very tense be- 
cause this improvement does not go forward. He urged the Commission to ex- 
pedite it as much as possible so that the people cen proceed with improve- 
ment of their properties. 


The Engineer stated that he has looked over the several routes at 
Tigard end his first impression is that the line suggested by Mr. Tongue is 
the proper one, although he will not be in a position to make a recommenda- 
tion in regard thereto until the surveys, now under wey, are completed, 
which will probably be in about a month. Chairman Cabell concluded the 
conference by stating that the Commission will make its decision relative 
to the route after a study of the Engincer's report on the survey. 


The Commission then discussed with the members of the Washington 
County Court matters pertaining to the selection of roads for the Federal 
Aid Sevondary Highway System. Judge Templeton advised that the County Court 
prefers that Federal Aid Secondary moneys be spent for county road improve- 
ments, and recommended the following: (1) Hillsboro-Orenco-West Union (Cor- 
nelius Pass) Road; (2) Gales Creek Road between Balm Grove and Glenwood; 
(3) county road from Cornelius south to Bloomington. The following roads 
were the Court's choices for the state secondery highways: (1) Buxton-Wolf 
Creek Section of the Nehalem Secondary Highway; (2) Farmington State Sec- 
ondary Highway No. l/2. 


Chairman Cabell advised that the recommendations would be given 
due consideration in the formulation of the program for the funds under dis- 
cussion. 
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Madras and Prineville, thus eliminating the necessity to build the Madras- 
Prineville road into Madras. 


Commissioner Aldrich pointed out that the funds with which the Com- 
mission proposes ta finance this project are federal funds, so the plans 
must be prepared in conformance with the requirements of the Federal Bureau 
of Public Roads. He also explained the procedure the Commission is now fol- 
lowing in determining the priority and justification of projects, whereby 
guesswork in arriving at decisions is eliminated. He called upon the State 
Highway Engineer for further remarks. 


The Engineer explained that it is his function to present facts as 
he finds them to the Commission, which then adopts the policies of the State 
Highway Department, including the making of final decisions in regard to the 
selection of routes for highways. He explained that the present road he- 
tween Madras and the Crooked River Bridge is about 2 miles longer than the 
direct location between these points, passing over Keeney Hill, and the 
route proposed by ifr. Irving to the east of Juniper Butte would be about a 
mile or a mile and a half longer than the present route. Predicting that 
eventually a thousand cars would pass over this highway daily, and estimat- 
ing the cost of operating the average motor vehicle at 6@ per mile, he point- 
ed out that the 2 miles that the highway would be shortened by the adoption 
of the direct route over Keeney Hill would save to the motorists who use 
this road about 445,000 annually; whereas, such motorists would be penalized 
proportionately by the adoption of any-other route because of the longer 
distance to travel. He further advised that the Oregon Highway Department 
has gone very thoroughly into the matter of the effect of rise and fall on 
the cost of operating automobiles, and has found that rise and fall has a 
very insignificant effect on the cost of automobile operation but that the 


shortening of the distance to be traveled is the larger feature to be con- 
sidered, hence no material benefits would accrue by the adoption of the line 
around the west side of Juniper Butte as has been suggested, but on the other 
hand the public would te penalized. He also pointed out that a primary state 
highway is for the use and benefit of the general traveling public and not 
alone for the benefit of local communities, which fact the State Highway Com- 
mission must consider in the selection and adoption of state highway routes. 


Judge Cook inquired what would become of the ol highway when the 
new one is built. He was informed by Commissioner Aldrich that the disposi- 
tion of the old road would depend considerably on the attitude of the county 
court in regard thereto, but the probabilities are that the road will be 
turned back to the county to maintain as a county road, although sometimes, 
if conditions warrant, the Commission designates such a road as a secondary 
state highway. 


After further discussion of a general nature the Commission ad- 
journed ai 4:00 o'clock p. nm. 
Be = 2p — A 
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Madras, Oregon, February 15, 1938, 


At 3:30 o'clock p. m. on this day State Highway Commissioner E. B. 
Aldrich, in behalf of the State Highway Commission, conducted a special meet- 
ing in the Jefferson County Courthouse at Madras for the purpose of giving 
the people of this vicinity an opportunity to express their wishes relative 
to the proposed rerouting of The Dalles-California Highway between Madras 
and the Crooked River Bridge. Present, in addition to Commissioner Aldrich, 
were the following: R. H. Baldock, State Highway Ingineer; H. B. Glaisyer, 
Secretary; H. G. Smith, Construction Engineer; T. M. Davis, Highway Engineer, 
United States Bureau of Public Roads; and sixteen local citizens, including 
Lewis H. Irving, representing the Madras Chamber of Commerce; Cecil Porter, 
Secretary of the Jefferson County Conservancy District; County Judge W. R. 
Cook; W. V. Merchant, store owner, Culver; George L. Rodman, farmer, Culver; 
and S. E. Lochrie, Metolius. 


Commissioner Aldrich opened the meeting by explaining its purpose. 
He then invited those present to express themselves in regard to the pro- 
posed highway improvement. Mr. Irving, as spokesman for the local people, 
presented a resolution adopted by the Madras Luncheon Club, in which the 
State Highway Commission was urged to give careful and conscientious consid- 
eration to the adoption of a permanent route for this highway which would 
not bypass the towns of Culver and Metolius. He suggested a new location 
south from Madras for a distance of about 14 miles, eliminating numerous 
sharp curves in the present route, thence following along the present route 
through Metolius to Culver, thence southerly along the west side of a place 
known as Juniper Butte to a connection with the present highway at or near 
the Crooked River Bridge. He declared that such proposed change would place 
the highway in the heart of the district that is soon to be placed under ir- 
rigation by the United Stetes Government and for that reason would be far 
more desirable when the irrigation system is an accomplished fact than any 
proposed route to the east thereof. He also declared that the adoption of a 
route to the east of Juniper Butte would elimina.: the necessity for traffic 
to climb over what is known as Keeney Hill, which, in his estimation, is an 
advantage, and during the winter season would eliminate much of the snow, 
ice, and fog hazard that obtains on the Keeney Hill route. 


Mr. Porter stated that he has heard numerous objections to the | 
building of the highway along the lower elevations because of the fear that 
the irrigation waters would saturat«: the road and keep it in disrepair. He 
advocated the route suggested by Mr. Irving and said that he did not believe 
that a road constructed in such location would be affected at all by the ir- 
rigation waters. The remarks of Mr. Irving and Mir. Porter were indorsed by 
Mr. Merchant, Mr. Rodman, and Mr. Lochrie. 
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Judge Cook asked the Commission to consider the matter from the 
standpoint of the county as a whole. He indorsed the resolution of the 
Madras Luncheon Club but gave as his personal opinion that if the highway is 
to be changed, it should be reconstructed at e location east of Keeney Hill 
where it could serve also as a section of the Warm Springs Highway between 
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WHEREAS, it is fitting and appropriate that this Com- 
mission acknowledge his service as a former member of the Commis- 
sion; 


THEREFORE, BE IT RESOLVED by the Oregon State Highway 
Commission in regular session assembled: 


That we recognize and acknowledge the contributions 
made by Senator Spaulding to the Oregon highway system, and thus 
his contributions to the development of his State; 


That we extend to the widow and the family our sincere 
sympathy in their hour of sadness; 


That this resolution be made a part of our permanent 
records and an engrossed copy presented to the family of Senator 
Charles K. Spaulding. 


WHEREAS, W. B. BARRATT, who was a former member of the 
Oregon State Highway Commission, died at his home in Portland on 
the 13th day of October, 1937; and 


WHEREAS, Mr. Barratt served as a member of the Highway 
Commission from January 8, 1921, to March 27, 1923, during which 
time he gave to the State of Oregon the same calm, conscientious, 
and deliberate judgment and concern that he gave to his own per- 
sonal affairs and thereby contributed greatly to highway devel- 
opment and highway financing; and 


WHEREAS, it is eminently appropriate that such faith- 
ful public service be acknowledged by this Commission. 


THEREFORE, BE IT RESOLVED by the Oregon State Highway 
Commission at regular session assembled: 


That we acknowledge with due regard and sincere ap- 
preciation the faithful, efficient, and constructive service per- 
formed by W. B. Barratt while serving as e member of the Oregon 
State Highway Commission; 


That we extend to the widow and the family our sincere 
condolence in their great loss and sorrow; 


That this resolution be made a part of the permanent 
records of the Commission and an engrossed copy be presented to 
the family of W. B. Barratt. 
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Portland, Oregon, February 16, 1938. 


The State Highway Commission met at 9:00 o'clock a. m. in Room 204, 
Benson Hotel. Present were: 


Henry F. Cabell, Chairman 
E. B. Aldrich, Commissioner 

F. L. Tou Velle, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


The Commission by unanimous vote approved the minutes of the meet- 
ings held on August 26, August 31 and September 1, October 21 and 22, and 
November 17, 1937. The minutes of the meeting held on September 13 were 
previously approved by the Commission on January 5, 1938. 


The Engineer reported on the meeting conducted by Commissioner 
Aldrich in the Jefferson County Courthouse, Madras, on the previous day, 
which meeting was arranged for the purpose of giving the citizen: of Jeffer- 
son County an opportunity to express their wishes relative to the proposed | 
rerouting of The Dalles-California Highway south from Madras to the Crooked | 
River Bridge crossing at the Deschutes County Line. (See minute entry for | 
details of this meeting.) 


He said that a study of the data secured from preliminary investi- | 
gations indicates that the most direct route between Madras and the Crooked 
River Bridge, which route bypasses Metolius and Culver and passes over Keeney 
Hill, is the best from all standpoints, and requested authority to make @ 
definite location survey for a permanent highway along such route. After 
discussion the Commission granted the request by unanimous vote. The Commis- 
sion also decided to conduct a formal hearing in Madras as required by law, 
when such survey is completed. 


The Secretary reported the death, on February 15, 1938, of former 
State Highway Commissioner Charles K. Spaulding of Salem, and also the death, 
on October 13, 1937, of former State Highway Commissioner W. B. Barratt of 
Portland. The Commission by unanimous vote adopted the following resolutions 
in regard thereto upon motion of Commissioner Aldrich, which was duly second- 
ed by Commissioner Tou Velle, as expressions of sympathy to the bereaved fam- 
ilies of the deceased: 


WHEREAS, Senator Charles K. Spaulding died at his home in 
Salem on February 15, 1938; and 


WHEREAS, Senator Spaulding served as a member of the Ore- 
gon State Highway Commission from March 11, 1931, to February 16, 
1932, during which membership he gave generously of his time, his 
counsel, and his business judgment to the promotion of che Oregon 
atate highway system; and 


A letter was presented from the Clackamas County Planning Board, 
recommending what is known as the LR-2 alignment for the proposed revision 
of the 82nd Street (Cascade) Highway north of Oregon City, in Clackamas Coun- 
ty. In this connection the Commission also considered a written report from 
the Engineer on this subject, dated February 1, 1938, in which he advises 
that there is very little difference between the LR-2 line and the LR-4 line 
but he is inclined to believe that the LR-4 line is the better of the two. 
After discussion, the Commission indicated a preference for the alignment 
recommended by the Engineer and ordered that Clackamas County Planning Board 
be so informed. The Commission also ordered that the reaction of the Board 
thereto be ascertained and that the Board be requested to state its objec- 
tions to the LR-4 line. 


The Engineer brought up for discussion the matter of adopting a 
permanent location for the Pacific Highway at the Oregon-California state 
line. He advised that the location originally proposed connected with the 
existing highway in the State of California at the state line with a sharp 
curve of large central angle; also, that the existing highway in California 
has very poor alignment and contains grades as high as 7 per cent, so that 
the location previously considered for the highway in Oregon would not fit 
in with the improvement of the California section when such section is re~ 
constructed to modern standards, and it would practically force the building 
of the California section on an inferior location. Further studies of this 
matter have been made by both Oregon and California engineers, he said, with 
the result that another location has been tentatively selected which would 
meet the requirements of both states but it would involve greater expense to 
construct, although the sharp curvature at the state line would be eliminat- 
ed. He recommended the adoption of such new location, notwithstanding that 
construction expense would be greater. After discussion, the Commission ap- 
proved the recommendation by unanimous vote, subject to the condition that 
such location meet with the approval of the California highway authorities 
and that the California authorities will enter into a binding agreement with 
the State of Oregon providing for the construction of the California portion 
of this highway on such alignment. The Engineer was authorized and instruct- 
ed to take the matter up with the California authorities at once. 


, A report was rendered by the Engineer on the cost to widen and in- 

j prove thé 16-mile detour on the Willamette Highway as was requested by Lane 
County Court at the previous meeting. He said that investigation has been 
made and it has been found that very little benefit would be gained by an ex- 
penditure of less than $1,000 per mile for such improvement. He questioned 
the advisability of such expenditure because, undoubtedly, it would result 
in more travel over the road and would encourage speeding, which would ren- 
der the road more hazardous than it is at present. It was his thought that 
such improvement would not be advisable from the safety standpoint and sug- 
gested that satisfactory results would be obtained by doing a little more 
maintenance work on the present road. The Commission concurred in the view- 
point of the Engineer and so ordered. The Secretary was instructed to con- 
vey such information to the Lane County Court. 
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The Secretary was instructed to prepare an engrossed copy of each resolution 
for presentation to the Spaulding family and the Barratt family. 


The Commission had under consideration a letter from Thomas E. 
Rilea, Chairman of the committee in charge of the State Unemployment Relief 
Fund, which fund was created through donations by state employes, to be used 
for relief purposes. Mr. Rilea advised that there remains in this fund the 
sum of $3,122.06, which the committee is contemplating turning over to the 
“Battleship Oregon Fund", in the event that can be done legally and the do- 
nors offer no objections thereto. The Attorney advised that it would be il- 
legal for the committee to dispose of the fund in such manner regardless of 
the personal feelings of the state employes invelved. Furthermore, it is 
his understanding that the Attorney General is so advising Mr. Rilea. The 
State Highway Engineer suggested that the money should be disbursed to needy 
state employes who contributed the same, particulariy to the families of for- 
mer state employes who have died since the fund was created, provided that 
the families of such former employes are in need of financial assistance. 
The Commission approved the suggestion and authorized the Engineer to offer 
it to the committee in charge of the fund in question. 


In this connection the “ngineer brought up for discussion the mat- 
ter of circularizing state highway department employes for contributions to 
the "Battleship Oregon Fund" which is being raised by a committee appointed 
by Governor Martin for the dedication of a memorial to a notable event in 
the nation's history. It was the thought of the Commission that the cause 
is a worthy one and that each highway department employe should be given an 
opportunity to contribute to the same. It was Gecided, therefore, that a cir- 
cular notice should be sent to each highway department employe that such fund 
is being raised and that contributions of $1.00 or less to the same would be 
cheerfully received; also, that such circular notice should contain informa- 
tion to the effect that the contribution is in no way compulsory but is to be 
made voluntarily by the employe in the spirit of patriotic citizenship. It 
was also decided that such notice should be sent to the department employes 
by someone other than one of the officials of the department so that it would 
not appear that contributing is mandatory. In view of the fact that this mat- 
ter is not a function of the State Highway Commission, the Commission decided 
that the cost of sending out this notice should not be paid with state high- 
way funds. Chairman Cabell then very kindly offered to personally assume 
such expense, including postage, which it was thought would amount to approx- 
imately $25.00. 


The Engineer reported on the cost of resurfacing and oiling the 
Lexington-Sand Hollow Section of the Lexington-Echo Secondary State Highway 
by state forces as compared with the low bid received by the Commission on 
May 22, 1936, when the work was advertised to be done by contract. The re- 
port indicates that state force work cost approximately $25,000, whereas, if 
the work had been done by contract, it would have cost at least $38,000, 
which was the amount of the low bid received. In other words, the state made 
& saving of 33 per cent by doing the work with state forces. The Commission 
approved the report end ordered it filed. 
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$12,000 annually to illuminate them. The Commission decided, in view of the 
present financial stringency, not to light such structures for the time be- 
ing but to limit its lighting program to the illumination of underpasses, 
which was heretofore approved. 


The Attorney reported the results of his investigation of the 

claim of Mr. Frank Triska for the loss of a horse which he alleges was in- 
jured while crossing e cattle guard installed on 4 roadway leading from one 
of the state's gravel pits to a state highway, with the result that the horse 
had to be killed. He said that such investigation reveals that the price 
paid for the gravel vit was determined upon consideration of the gravel only 
and that the installation of the cattle guard was simply a precaution taken 
against injuries and loss that might be sustained. Furthermore, it appears 
that the precautionary measure did not work as was expected, and, as a re- 
sult, Mr. Triska sustained a loss that was not provided for in the compensa- 
tion paid for the gravel pit. He recommended, in view uf the facts, that the 
Commission pay the claim, which amounts to $100. The Engineer concurred in < 
the recommendation. The Commission a»proved the recommendation by unanimous fe 
vote. 


The Engineer resorted that, in conformance with authority previous- 
ly granted him by the Commission, he has awarded the following contracts, 
bids for which were referred to him by the Commission to award the contract 
to the low bidder in each instance when certain conditions had been satis- 
fied: 


Contract for furnishing 12,400 cu.yds. crushed rock for the 
Mt. Hood Rock Production Project. Bids taken January 6, contract 
awarded January 22, 1938, to Saxton, Looney & Risley, Portland, 4 
who submitted the low bid therefor; ¥ 


Contract for furnishing crushed rock for the Dillon-John Day 
River Section of the Columbia River Highway in Sherman and Wasco 
Counties. Bids taken January 7, contract awarded January 31, 
1938, to H. L. Rice, Portland, who submitted the low bid therefor. 


The Commission, by unanimous vote, approved the award of these contracts as az 
made by the Engineer. a 


The Engineer reported the need for an additional authorization of 
$5,000 to finance completion of the concrete investigetions now in progress, 
including the purchase of a freezing unit. He advised that investigation to a 
date shows promise of establishing the primary cause of disintegration of bs 
concrete structures in Eastern Oregon and gave as his thought that data ob- oa 
tained from the investigation will be worth many times the cost of conduct- ee 
ing the same. The Commission approved the request by unanimous vote. es 


The Commission also by unanimous vote authorized the purchase of BS 
the following equipment: 
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The Engineer reported orally on the cost to construct 4 nonskid 
wearing surface on Sherman Avenue, in North Bend, the route of the Oregon 
Coast Highway through this town. He estimated that temporary surfacing 30 
feet wide, leaving an 8-foot parking strip on each side, would cost abcut 
$5,000 and would alleviate the slippery condition of this strip when wet and 
would reduce the probability of accidents occurring on such account. He re- 
quested authority to do this work as soon as weather conditions will permit. 
The Commission indicated a favorable attitude toward the project but deferred 
a definite decision util later in the session. This matter was reconsidered 
later, at which time the Engineer was authorized to proceed with the project 
on the basis outlined by hin. 


The Commission reconsidered the matter of approving the assignment 
by Julius Gunnell of his contract for furnishing ferry service across Coos 
River, in Coos County, et a place known as Rnegren Ferry, to Mr. Andrew Stam- 
buck. The Engineer reported receipt of several letters from responsible cit- 
izens of Coos County recommending Mr. Stambuck very highly, and recommended 
approval of the assignment provided the surety on the bond furnished by Mr. 
Gunnell consents thereto without prejudice to the bond; and provided, fur- 
ther, that Mr. Stambuck will furnish proper insurance coverage. After dis- 
cussion, the Coamission approved the recommendation by unanimous vote and or- 
dered that Mr. Gunnell and wr. Stambuck be so informed. 

A letter was presented from Mr. Carle Abrams, Salem, one of a num 
ber of persons who own cottages along the beach at a place known as Roads 
End Beach, in Lincoln County, complaining that large quantities of rocks and 
boulders are being removed from the beach area for private purposes, and, as 
a result, their properties are no longer protected from wave action as here- 
tofore. Mr. Abrams gave as his thought that this area is under the jurisdic- 
tion of the State Highway Commission, and, such being the case, the Commis- 
sion should take some action to prevent the remova) of the rocks and boulders. 
The Engineer advised that investigation was made of this matter and it was 
found that rock has been taken quite frequently from this place and some 
beach gravel has also been taken, but no great amount of damage has been done 
as far as can be ascertained; however, inasmuch as it is contrary to the pol- 
icy of the Commission to permit the taking of materials from the beach area 
under its control, it would be oroper for the Commission to take steps as may 
be necessary to prevent the removal of additional materials. He recommended 
the erection of approoriate signs at points of access to the beach from the 
roadway, calling the attension of the public to the fact that the beach area 
is state proverty and that the removal of rock, gravel, et cetera, therefrom 
is prohibited. The Commission approved the recommendation by unanimous vote. 


The Commission discussed briefly the Engineer's report on the cost 
to illuminate a section of state highway in the city of Portland, as an ex- 
periment, but deferred action thereon until the next meeting. 


The Commission also discussed the Fngineer's report on the cost to 
illuminate bridges and overpasses that are located on state highway routes 
within the corporate limits of cities and towns. The Engineer advised that 
there are about 35 such structures at present and that it would cost about 
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loads with the exception of the Oregon Coast Highway between Marshfield and 
Port Orford, where he recommended a 25 per cent reduction. The Commission 
approved the Engineer's request and by unanimous vote adopted the following 
resolutions in rerard thereto, with instructions that the reduced load lim- 
its shall not be put into effect untii absolutely necessary: 


WHEREAS, the following roads or highways have been duly 
designated and declared to be and are state highways, and have been 
improved and are being maintained by the State Highway Commission 
pursuant to the laws of the State of Oregon as state highways, to 
wit: 


SHERMAN HIGHWAY 

MT. HOOD HIGHWAY 

HOOD RIVER SECONDARY HIGHWAY 
McKENZIE HIGHWAY 
McKENZIE-BEND HIGHWAY 

OCHOCO HIGHWAY 

FREMONT HIGHWAY 

CENTRAL OREGON HIGHWAY 


AND WHEREAS, the said above-named state highways are, in 
the judgment of the State Highway Commission, being subjected to a 
kind and character of traffic which is damaging and injuring the 
said highways, and, in order to protect said highways against such 
damage and injury, it is deemed and is the judgment of the Highway 
Commission and said Commission finds that it will be for the best 
interests of the said highways that the maximum weights permitted 
and authorized by law be reduced; 


AND WHEREAS, the State Highway Commission has, after due 
investigation, determined and found, and it is the judgment of the 
Commission that the maximum weights which shall be permitted upon 
the said roads shall be reduced and fixed as in this order pro- 
vided; 


NOW, THEREFORE, the premises being in part as above stat- 
ed, and the State Highway Commission having as a result of due in- 
vestigation found that the roads above mentioned and hereinefter 
designated are being damaged and injured on account of the kind 
and character of traffic now being hauled over and upon said roads 
and by reason of the fact that vehicles carrying maximum loads 
moved at the maximum speeds specified by the provisions of the 
laws of the State of Oregon are breaking up, damaging and deteri- 
orating the said roads, and the Commission having found upon due 
investigation that it will be for the best interest afthe said state 
highweys that the maximum total weight of load and vehicle which 
shall be permitted upon said roads shall be reduced so as to con- 
form to the requirements fixed in this order, 
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6 truck scales for installation at strategic locations through- 
out the state, estimated to cost $15,000; 


20 light-weight type trucks of the Ford or Chevrolet class to re- 
place 20 wornout trucks of the same type which are to be traded 
in as part purchase price on the new equipment - estimated to- 
tal net cost $16,000. (The Engineer advised that these trucks 
are needed to carry on the paving plant work during the coming 
summer) ; 
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12 asphalt heaters, estimated to cost $6,500, which are needed to 
properly maintain the increased mileage of oiled road; 


15 mowing machines, estimated to cost a total of $2,025, to pro- 
vide for an increase in mowing operations on pavement shoulders 
thus reducing blading operations in a corresponding amount. 


The Engineer brought up for discussion the matter of inspecting 
the road extending from the Columbia River Highway to the Maryhill ferry 
landing with a view to determining whether or not this road should be taken 
over by the state and maintained as a part of U. S. Route No. 97, as has 
been requested by proponents of same. The Engineer advised that numercus 
requests have been made for the state to take over this road, the most re- 
cent of which is that of Honorable Earl Snell, Secretary of State; further, 
that at one time the Commission signified its willingness to inspect the 
road in company with members of the Moro Commercial Club, but such inspec- 
tion has never taken place. He requested instructions. The Commission de- 
cided to inspect the road the next time it is in that vicinity and ordered 
that Mr. Snell be so informed. The Engineer was instructed to ascertain 
the policy of the State of Washington highway officials with respect to this 
matter in so far as it pertains to the connection on the Washington State 
side of the river. 


The Commission considered and signed a voucher in favor of Laura 
Hotchkiss, assigned to Carson & Carson, Salem, calling for payment of $59.97, 
which is one-half of the cost incident to the appeal of the case of Bank of 
California, et al, versus Scott, et al, involving a state highway contract. 
The Attorney advised that a vital question is involved in this case inasmuch 
as the trial court held that the State Highway Commission could not condition 
an assignment of funds due a contractor so that the funds would be subject to 
the state's prior rights with respect thereto, but that the contractor could 
make an assignment of money on a contract and place that money beyond the 
reach and control of the State Highway Commission. The creditor concerned in 
this case, he said, has appealed for the purpose of challenging the trial 
court's decision. He asked the Commission to permit him to appear before the 
Supreme Court as an amicus curiae to assist in the case. Such authority was 
granted by the Commission by unanimous vote. 
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The Engineer reported the need to place reduced load limits on cer- 
tain highways and requested authority to post them for 50 per cent reduced 
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full force and effect from this Gate until modified, annulled or 
voided by the order of the State Highway Commission. 


AND IT IS FURTHER ORDERED, that a notice be posted in 
@ conspicuous manner and place at each end of the above-named 
highways and at important crossroads on said highways so that said 
notice can be readily seen and read, which said notice shall state 
plainly the limitations and prohibitions of traffic hereby in 
this order determined and fixed. 


AND BE IT FURTHER ORDERED, that a certified copy of this 
order be furnished to the county clerk of each county in which any 
part of said highways are located, and that a certified copy of 

this order be furnished to the Superintendent of the Department of 
State Police for his information. 


WHEREAS, the following roads or highways have been duly 
designated and declared to be and are state highways, and have 

been improved and are being maintained by the State Highway Com- 
mission pursuant to the laws of the State of Oregon as state high- 
ways, to wit: 


THE DALLES-CALIFORNIA HIGHWAY 
KLAMATH FALLS-LAKEVIEW HICHWAY 
PENDLETON-JOHN DAY HIGHWAY 

JOHN DAY HIGHWAY 


AND WHEREAS, the said above-named state highways are, in 
the judgment of the State Highway Commission, being subjected to a 

kind and character of traffic which is damaging and injuring the 

said highways, and, in order to protect said highways against such 

damege and injury, it is deemed and is the judgment of the Highway 

Commission and said Commission finds that it will be for the best 

interests of the said highways that the maximum weights permitted f 
and authorized by law be reduced; : 


AND WHEREAS, the State Highway Commission has, after due 
investigation, determined and found, and it is the judgment of the 
Commission that the maximum weights which shall be permitted upon 
the said roads shall be reduced and fixed as in this order pro- 
vided ; 


NOW, THEREFORE, the premises being in part 4s above stat- be: 
ed, and the State Highway Commission having as 4 result of due in- ss 
vestigation found that the roads above mentioned and hereinafter 
designated are being damaged and injured on account of the kind oe 
and character of traffic now being hauled over and upon said roads « 
and by reason of the fact that vehicles carrying maximum loads 
moved at the maximum speeds specified by the provisions of the 
laws of the State 2f Oregon are breaking up, damaging and deterio- a 
rating the said roads, and the Commission having found upon due oR 
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IT IS HEREBY ORDERED, that the maximum weight of com- 
bined load and vehicle which shall be permitted upon the within- 
named roads shall not exceed the weight herein fixed: 


The maximum weights which shall apply to the following 
highways, to wit: 


SHERMAN HICHWAY from its junction with the Columbia 
River Highway, in Sherman County, to its junction 
with The Dalles-California Highway, in Wasco County; 


MT. HOOD HIGHWAY from Cooper's Spur to its junction 
with the Columbia River Highway, in Hood River County; 


HOOD RIVER SECONDARY HIGHWAY from its junction with 
the Mt. Hood Highway northerly to Tucker's Bridge, in 
Hood River County; 


. McKENZIE HIGHWAY between Sisters and Redmond, in Des- 
chutes County; 


McKENZIE-BEND HIGHWAY from Sisters to the junction with 
The Dalles-California Highway near Bend, in Deschutes 
County ; 


OCHOCO HICHWAY between Redmond, in Deschutes County, and 
a point 6 miles exst of Prineville, in Crook County; 


FREMONT HIGHWAY between Silver Lake and Lakeview, in 
Lake County; 


CENTRAL OREGON HIGHWAY between Bend, in Deschutes County, 
and Burns, in Harney County, 


shall be as follows: the combined weight in pounds bearing on the 
surface of the highway at contact with the tread of the wheels of 

the front axle of a truck or truck-tractor shall not exceed the prod- 
uct of four hundred (400) multiplied by the sum in inches of the tire 
width of the wheels of such axle; and, the combined weight in 3ounds 
bearing on the surface of the highway at contact with the tread on 
the wheels of any one axle o: a vehicle or combination of vehicles, 
other than the front axle of a truck or truck-tractor, shall not ex- 
ceed the product of three hundred (300) multiplied by the sum in 
inches of the tire width of the wheels of such axle; but, in no 
event shall the combined weight in pounds bearing on the surface of 
the highway at contact with the tread of the wheels of any one axle 
of a vehicle exceed the maximum limit set by law for any one axle. 
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IT IS FURTHER ORDERED, that these rules and regulations 
as made and found by the State Highway Commission under the pro- 
visions of Chapter 360 of the laws of Oregon for 1931, shall be in 
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and at important crossroads on said highways so that said notice 
can be readily seen and read, which said notice shall state plain- 
ly the limitations and prohibitions of traffic hereby in this or- 
der determined and fixed. 


AND BE 1T FURTHER ORDERED, that a certified copy of this 
orderbe furnished to the county clerk of each county in which any 
part of said highways are located, and that a certified copy of 

this order be furnished to the Superintendent of the Department of 
State Police for his information. 


WHEREAS, the following road or highway has been duly des- 
ignated and declared to be and is a state highway, and has been im- 
proved and is being maintained by the State Highway Commission pur- ‘ 
suant to the laws of the State of Oregon as a state highway, to wit: ‘ 


OREGON COAST HIGHWaY 


AND WHEREAS, the said above-named state highway is, in mes. 
the judgment of the State Highway Commission, being subjected to a ~ 
kind and character of traffic which is damaging and injuring the 
said highway, and in order to protect said highway against such 
damage and injury, it is deemed and is the judgment of the Highway 
Commission, and said Commission finds that it will be for the best . 
interests of the said highway that the maximum weights permitted i, 
and authorized by law be reduced; 


AND WHEREAS, the State Highway Commission has after due 
investigation determined and found, and it is the judgment of the 
Commission that the maximum weigh’is which shall be permitted upon the 
said road shalt be reduced and fixed as in this order provided; 


NOW, THEREFORE, the premises being in part as above stat- 
ed, and the State Highway Commission having as a result of due in- 
vestigation found that the road above mentioned and hereinafter 
designated is being damaged and injured on account of the kind and fin. 
character of trafiic now being hauled over and upon said road, and x4 
by reason of the fact that vehicles carrying maximum loads moved 4 
at the maximum speeds specified by the provisions of the laws of Be 3. 
the State of Oregon are breaking up, damaging and deteriorating ; 
the said road, and the Commission having found upon due investiga- 
tion that it will be for the best interest of the said state high- 
way that the maximum total weight of load and vehicle which shall 
be permitted upon said road shall be reduced so as to conform to 
the requirements fixed in this order, 


IT IS HEREBY ORDERED, that the maximum weight of combined 
load and vehicle which shall be permitted upon the within-named road 
shall not exceed the weight herein fixed. 
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investigation that it will be for the best interest of the said 
state highways that the maximum total weight of load and vehicle 
which shall be permitted upon said roads shall be reduced so as to 
conform to the requirements fixed in this order, 


IT IS HEREBY ORDERED, that the maximum weight of combined 
load and vehicle which shall be permitted upon the within-named 
roads shall not exceed the weight herein fixed. 


The maximum weights which shall apply to the following 
highways, to wit: 


THE DALLES-CALIFORNIA HIGHWAY between Maupin, in Wasco 
County, and Terrebonne, in Deschutes County; 


THE DALLES-CALIFORNIA HIGHWAY between Bend, in Deschutes 
County, and Klamath Falls, in Klamath County; 


KLAMATH FALLS-LAKEVIEW HICHWAY from its junction with The 
Dalles -California Highway near Klamath Falls, in Klamth 
County, to Lakeview, in Lake County; 


PENDLETON-JOHN DAY HIGHWAY between its junction with the 
Oregon-Washington Highway, at Nye, and Ukiah, in Umatille 
County ; 


JOHN DAY HIGHWAY between Prairie City, in Grant County, 
and Unity, in Baker County 


shall be as follows: the combined weight in pounds bearing on the 
surface of the highway at contact with the tread of the wheels of the 
front axle of a truck or truck-tractor shall not exceed the product 
of four hundred (400) multiplied by the sum in inches of the tire 
width of the wheels of such axle; and, the combined weight in pounds 
bearing on the surface of the highway at contact with the tread on 
the wheels of any one axle of a vehicle or combination of vehicles, 
other than the front axle of a truck or truck-tractor, shall not ex- 
ceed the product of three hundred (300) multiplied by the sum in 
inches of the tire width of the wheels of such axle; but, in no 
event shall the combined weight in pounds bearing on the surface of 
the highway at contact with the tread of the wheels of any one axle 
of a vehicle exceed the maximum limit set by law for any one axle. 


IT IS FURTHER ORDERED, that these rules and regulations 
as made and found by the State Highway Commission under th. pro- 
visions of Chapter 360 of the laws of Oregon for 1931, shal be in 
full force and effect from this date until modified, annulled or 
voided by the order of the State Highway Commission. 


AND IT IS FURTHER ORDERED, that a notice be posted in a 
conspicuous manner and place at each end of the above-named highways 
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thereto was adopted by the unanimous vote of the Commission, upon recommenda 
tion of the Engineer: 


WHEREAS, for the purpose of accomplishing a better align- 
ment, the elimination of unsafe and dangerous curves and the reduc- 
tion of steep grades the Commission directed the Engineer to make 
@ new survey of the section of the Pacific Highway between Ashland 
and the Oregon-California state line in Jackson County; and 


WHEREAS, said survey has been completed and a map there- 
of made and the field notes and other engineering data have been 
filed in the office of the State Highway Commission in Salem, Ore- 
gon;* and 


WHEREAS, after due consideration of said map and records 
it is the judgment of the Commission that said map, survey, field 
notes and other engineering data should be approved and adopted by 
the Commission and the location and route between said termini be 
made the location and route of the Pacific Highway between said 
points « 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
Commission, all members being present and affirmatively voting, as 
follows: ; 


1. That the survey, field notes, map and other engineer- 
ing data with respect to the Pacific Highway between the City of 
Ashland and the Oregon-California state line in Jackson County be a 
and the same in their entirety hereby are approved and adopted as : 
the survey, field notes, map and engineering data supporting and 
disclosing the route of the highway between the said termini, and 
the Engineer hereby is directed to file all of said data and in- 
formation and to preserve the same in the records and files of 
the State Highway Commission at Salem, Oregon. 


2. That the route of the Pacific Highway in Jackson 
County between Ashland and the Oregon-California state line hereby 
is changed and modified and said highway between said termini hereby = 
is located as follows, to wit: 


Beginning at the intersection of Boulevard Street 
(being the present Pacific Highway) and Ashland Street % 
in South Ashland, thence southeasterly to a point in the 
Northwest quarter of the Northwest quarter of Section 24, ‘ 
Township 39 South, Range 1 East, W.M., which is approxi- Ss 
mately opposite and westerly from the S. P. Railroad Sta- 
tion named "Clausen", thence continuing in a southeaster- 
ly direction to a ,oint near the west one-quarter section 
corner of Section 25, Township 39 South, Range 1 East; 
thence continuing southerly and southeasterly to a point 
of crossing with the S. P. Railway Compeny's line in the 


* Map filed with Resolutions Adopting State Highway Routes - No. l. 
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The maximum weights which shall apply to tne following highway, to wit: 


OREGON COAST HIGHWAY from Marshfield in Coos County to 
Port Orford in Curry County 


shall be restricted to the following weights: the combined weight 

in pounds bearing on the surface of the highway at contact with the 
tread on the wheels of any one axle of a vehicle or combination of 
vehicles shall not exceed the product of four hundred fifty (450) 
multiplied by the sum in inches of the tire width of the wheels of 
such axle; but, in no event shall the combined weight in pounds bear- 
ing on the surface of the highway at contact with the tread of the 
wheels of any one axle of a vehicle exceed seventy-five (75) per cent 
of the maximum limit set by law for any one axle. 


IT IS FURTHER ORDERED, that these rules and regulations 
as made and found by the State Highway Commission under the pro- 
visions of Chapter 360 of the laws of Oregon for 1931, shall be in 
full force and effect fron this date until modified, annulled or 
voided by the order of the State Highway Commission. 


AND IT IS FURTHER ORDERED, that a notice be posted in a 
conspicuous manner and place at each end of tie alove named highway 
and at important crossroads on said highway, so that said notice can 
be readily seen and read, which said notice shall state plainly the 
limitations and prohibitions of traffic hereby in this order deter- 
mined and fixed. . 


AND BE IT FURTHER ORDERED, that a certified copy of this 
order be furnished to the county clerk of each county in which any 
portion of said highway is located, and that a certified copy of 
this order be furnished to the Superintendent of the Department of 
State Police for his information. 


In this connection the Engineer reported receipt of numerous "Re- 
ports of Arrest" frou the State Police Department covering loading violations 
in Coos County, which indicate that the Justice of the Peace at Coquille is 
not cooperating in the Commission's efforts to keep loads within the weights 
specified by law; and it appears that when offenders are brought before him 
the Justice imposes a fine but immediately remits the same so that the spirit 
and intent of the law in regard to such matters is being defeated. He re- 
quested instructions in regard thereto. It was the thought of the Commission 
that the placing of a reduced load limit on the Oregon Coast Highway and the 
carrying out of the procedure heretofore outlined for disposing of cases of 
this kind, which involves the revocation of the permits of the offenders, 
would remedy the situation. 


The Commission had under consideration at this time the matter of 
adopting a permanent route for the Pacific Highway between Ashland and the 
California State Line, in Jackson County. The following resolution in regard 
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WHEREAS, the State Highway Commission, by mutual agree- 
ment with the Jackson Comty Court of the State of Oregon, has se- 
lected the highway hereinafter named, and it is the purpose of the Ts 
Commission to officially and regularly designate and adopt said % 

highway as a highway to constitute, together with other highways 

heretofore adopted and/or which may hereafter from time to time be 
added, the system of secondary state highways under the provisions 
of said acts; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission, all members being present and affirma- 
tively voting ard participating, as follows: 


1. That the following named market road, county road, 
highway, route, or location of a highway in Jackson County be and 
the said market road, county road, highway, location, or route, 
hereby is selected, desigmated, established, adopted, and ap- 
proved as a secondary state highway and shall be and hereby is 
designated as a part of the secondary state highway system, to wit: 


Siskiyou Secondary Highway No. 233: 


Beginning at the former junction of the Green Springs 
Highway with the old route of the Pacific Highway at a 
point approximately 1,680 feet west and 110 feet south of Es 
the quarter section corner between Sections 29 and 32, T. 
39 S., Re 2 E., W- l.; thence in a southerly direction via 
the old route of the Pacific Highway to the junction of the 
old route of the Pacific Highway with the relocated and con- 
structed route of the Pacific Highway near Siskiyou Station 
at a point epproximately 1,540 feet north and 1,320 feet 2 
west of the section corner common to Sections 20, 21, 28) Bt 
and 29; f. 40 S., R. 2 E., We ii., & distance of 7.48 miles. 


walt 


2. That the said highway shall be and hereby is qualified 
for improvement under the provisions of said Chapter 248, Oregon 
Laws 1931, and amendments thereof. 


The following resolution abandoning as a part of the state highway 
system a portion of the Pringle Creek-Illahe School Section of the Pacific 
Highway south of Salem, in Marion County, wes adopted by the Commission by 
unanimous vote, upon uotion of Commissioner Tou Velle, which was duly eecond- 
ed by Commissioner Aldrich, it appearing to the Commission that this particu- 
lar section of road is no longer of value as a state highway inasmuch as the 
highway has been reconstructed on new alignment at this location: 


WHEREAS, in order to afford a bettez alignment and a more 
satisfactory, safe and convenient highway for the traveling public, 
the Commission found it necessary to relocate a portion of the 
Pringle Creek-Illahe School Section of the Pacific Highway in Marion 
County; and 
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Southwest quarter of the Northeast quarter of the North- 
east quarter of Section 17, Township 40 South, Range 2 
East; thence continuing southerly and southwesterly to 4 
junction with the present constructed Pacific Highway at 
Siskiyou Station, said point being in the southeast one- 
quarter of Section 20, Township 40 South, Range 2 East, 
W.M.; thence continuing southerly, crossing the summit of 
the Siskiyou Mountains near the northeast corner of Sec- 
tion 32, Township 40 South, Range 2 East, W.M., to a »oint 
on the Oregon-California state line in the Northwest quar- 
ter of Section 17, Township 41 South, Range 2 East, WM. 


3. That said map for identification bears thereon the sig- 
nature of R. H. Baldock, State Highway Engineer, and is dated the 
10th day of January, 1938, the original of which said map has been 
placed in the files and records of the Highway Commission at Salem, 
Oregon, and a copy of which is attached hereto. 


4. That the State “ighway Engineer hereby is instructed 
and directed to physically locete and mark with proper monuments or 
markers on the ground the said route and highway between said ter- 
mini, and the Engineer is further instructed to prepare the said 
section of said highway for proper and adequate improvement as a 
part of the section of the Pacific Highway in Jackson County between 
said termini. 


5. That this resolution be entered in the records and min- 
utes of the State Highway Commission and that a duly certified copy 
thereof be mailed to the County Court of Jackson County and the United 
States Bureau of Public Roads at Portland, Oregon. 


The Commission also had under consideration a resolution adopted by 
the Jackson County Court requesting the selection and designation as a sec- 
ondary state highway of that vortion of the Pacific Highway (old route) which 
extends from the Green Springs llighway junction southerly to a connection 
with the new route of the Pacific Highway near a place mown as Siskiyou Sta- 
tion, a distance of aporoximately 7.48 miles. It appeared to the Commission 
that this request is in accordance with previous understanding with the Jack- 
son County Court and that it should be approved. The Commission thereupon 
adopted the following resolution in regard thereto by unanimous vote, upon 
motion of Commissioner Tou Velle, which was duly seconded by Commissioner 
Aldrich: 


WHEREAS, under the provisions of Chapter 248, Laws of 
1931, and Chapter 196, Laws of 1935, the State Highway Commission, 
by mutual agreement with the respective county courts of the sever- 
al counties of the State, is authorized and empowered to select, 
locate, and designate a system of secondary state highways, which 
highways shall be selected from the market roads or other county 
roads or available locations or routes of the several counties; 
and 
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2. In the event there remains any physical connection 
between any portion of said abandoned right of way or highway 
and the present highway, and by reason of such physical connec- 
tion traffic from the existing highway may enter or use the said 
abandoned portion of the said old road to the possible damage or 
injury of such traffic by reason of any unsafe condition exist- 
ing with respect to the said old or abandoned road, then the 
State Highway Engineer is hereby authorized and directed to erect 
such barricade or other safeguards as may be necessary to protect 
and safeguard traffic using and employing said newly located, con- 
structed and dedicated section of said highway. 


3. That this resolution be entered in the minutes and 
records of the Commission and a certified copy thereof promptly 
Welivered to the County Court of Marion County, together with a 
copy of said exhibit or map, for such aciion as the County Court 
may desire to take with respect to said fragment of land, and 
should said abandoned portion of the right of way of said high- 
way be further employed for public or private highway purposes 
such use shall be entirely under the control and supervision of 
the County Court of Marion County and oeyond any responsibility 
or supervision by the State Highway Commission. 


The Commission had under discussion the matter of permitting the 
Dayton City Council to maintain mileage and direction signs at each end of 
the Amity-Dayton Secondary State Highway, directing traffic over this road 
rather than along the Pacific Highway West through McMinnville. It appears 
that the signs in question are located on private property and that they 
contain information directing traffic,which is contrary to state law; also, 
that the City Council has been asked to remove the signs but has indicated 
an unwillingness to do so regardless of the legal status. The Engineer gave 
as his thought that the Commission shoulda take legal action, if necessary, 
to effect the removal of the signs, because, if they are allowed to remain 
in place, it will be necessary to permit the installation of similar signs 
in other locations throughout the state where like conditions obtain, and the 
highways of this state would soon be cluttered up with all manner of mileage 
and direction signs. The Commission indicated concurrence in the Engineer's 
viewpoint but deferred action pending investigation of the law by the Attor- 
ney and a study of his written opinion as to the Commission's authority to 
control such signs. This matter was reconsidered by the Commission later in 
the session, at which time the Commission went on record as being opposed to 
the maintenance of such signs regardless of whether they are on the highway 
right of way or on private property, and decided that it would do everything 
within its power to have the signs removed. It was also cecided that 
State Highway Department standard mileage and direction signs should be erect- 
ed at each end of this secondary highway for the benefit of the traveling 
public, which would eliminate any necessity for the signs now being maintained 
by the Dayton City Council. 


The Attorney reported receipt of information from the City Council 
of Newport to the effect that the Council has adopted an ordinance requiring 
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WHEREAS, by reason of said relc«cation and reconstruction 
of the said section of said highway there was eliminated and made 
unnecessary as a part of the permanent highway e certain section 
or part tereof, which section or part is more specifically de- 
fined and designated hereinafter in this resolution; and 


WHEREAS, it is the judgment and opinion of the Commission 
that there should be recorded in the minutes and records of the Com- 
mission its purpose and plan to abandon as a part of the said state 
highway the fragment or portion of right of way hereinafter desig- 
nated and heretofore included within the area of the right of way 
of the said state highway as formerly located, improved and used; 


NOW, THEREFORE, the premises being in general as above 
stated, it hereby is resolved by this Commission, ell members being 
present and affirmatively participating, as follows: 


1. Thet the fragment of land confined within the area of 
land hereinafter designated, which fragment or parcel of land was 
formerly within the limits of the right of way of the Pringle Creek- 
Illahe School Section of the Pacific Highway in Marion County, but 
is now without the limits of the right of way of said highway as 
said highway has been relocated and constructed, be and said frag- 
ment or parcel of land or sortion of the old right of way is aban- 
doned as a part of the right of way of said highway, and said frag- 
ment or parcel of land or old right of way is, so far as control 
and supervision by this Commission is concerned, eliminated and 
left to revert to the adjoining and abutting property owners or to 
the control and suyervision of the County Court of Merion County 
for highway or other public purposes as the Court may determine. 
The fragment or oarcel of land affected by this resolution is de- 
fined and described as follows, to wit: 


All that portion of the Old Pacific Highway lying wester- 
ly of the westerly right of way line of the reconstructed 
Pacific Highway as relocated between terminal points in 
Section 10, Township $ South, Range 3 West, and Section 2, 
Township 9 South, Hange * West, and more particularly de- 
scribed as beginning at Station 104+00 and ending at Ste- 
tion 359+00 of the said relocated Pacific Highway, said 
old Pacific Highway being a strip of land 60 feet in width. 


The lacation of said abandoned right of way may be more definitely 
and particularly ascertained and determined by reference to & map 
or blueprint, market "Exhibit 'A'", attached hereto and by this 
reference made a part hereof, which said exhibit for identification 
purposes bears the simmatures of F. D. Eason, Division Engineer, 

H. G. Smith, Construction Engineer, and R. H. Baldock, State High- 
way Engineer, and bears date of January 19,1938, upon which map or 
exhibit there is reflected the above descrioed parcel of land by 
showing the same shaded in red. * 


* Map filed in Right of Way Abandonment and Retention File - No. 55. 


The Commission considered and signed a joint letter with W. H. 
lynch, District Engineer, bureau of Public Roads, and C. J. Buck, Regional 
Forester, U. S. Forest Service, directed to the Chief of the Forest Service 
and the Chief of the Bureau of Public Roads, Washington, D. C., recommending 
the following program of national forest highway construction for the State 
of Oregon for the fiscal year 1939 Forest Highway Funds: 


Funds Available: a a 
F. Y. 1939 Authorization........++>: eves $1,254,044 


Deduct: 
Admin. & Equipment - 10% (approx.).... ~125,044 


Available for Program.. $1,129,000 


Recommended Program: (Major Projects) 


Proj. 
No. Proj. Length Allocation Remarks 
1€-4,H2,12,J2 Tiller-Trail 7.0  $ 85,000 Surf.& Bit.Surf. 4 
21-J3,K2 ) Tunnel Lining & ie 
) Lighting 1 
or ) ‘ 
(21-K2,L ) Willamette 21.0 150,000 Grading ; 
(21-E3,F4,G2,H3,) % ais 
( 13,3 ) Surf.& Bit.Surf 
Ace 
23-K2,L1,M Santiam 2.0 175,000 Grading % 
) 24-03 ,D4 North Santian 17.0 100,000 Surf.& Bit.Surf. % 
: ee 
30-B2,C Klamath Falls-Lakeview 5.0 | 100,000 Grad. ,Surf.& ar 
| Bit.Surf. iH 
31-Al,B Fremont. 9.0 120,000 Grad. ,Surf.& : 
Bit.Surf. a 
34-Al Pendleton-John Day 4.0 75,000 Reconst.Grad.& I 
Surf. ,& Bit.Surf. B 
35-A5 John Day-Burns 2.2 125,000 Reconst. Grad. mR 
38-C Flora-Enterprise 1.5 100,000 Grading. 4 
46-A3,B1 Cascade Lakes 3.2 35,000 Surf.& Bit.Surf. 
Location Surveys 25,000 Na 
Maintenance 39,900 a AX 
Total......$1,129,000 e 
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the parallel parking of cars along the state highway route through Newport 
and that such ordinance also provides for one-hour parking privilege and con- 
tains an emergency clause making the ordinance effective immediately. He 
also sdvised that the city has requested that appropriete stripes be painted 
on the highway at once so that the provisions of the ordinance can be en- 
forced. The Commission instructed the Engineer to see that the traffic 
stripes are painted just as soon as weather conditions will permit, and to 
inform the City Council of the action taken on their request. In tis connec- 
tion, the question arose whether or not the state should assume the expense 
of painting these stripes, including the cross-stripes to mark off the park- 
ing areas next to the curb. The Commission decided unanimously to pay such 
axpense with state funds. 


The Commission had under consideration a letter from the Bureau of 
Public Roads pointing out that a serious traffic hazard exists cn the Salmon 
River Highway by reason of the fact that mud is being deposited on the sur- 
face of the road by log-hauling equipment, and asking the Commission to take 
action as may be necessary to alleviate this condition. The Commission de- 
cided that all logging operators should be required to clean the mud off 
their equipment before entering the state highway. The following letter in 
regard thereto was approved by the Commission by unanimous vote and the Sec- 
retary was instructed to see that a copy of this letter is sent to each op- 
erator engaged in the truck-hauling of logs on this road: 


fo) Enga, k Ha 
of the Salmon River g 


Recent inspection of the Salmon River Highway reveals that, 
in certain locations, large quantities of mud have been deposited on 
the surface of the pavement by logging trucks upon entering the high- 
way from private logging roads. This mud causes a slippery condition 
which is conducive to traffic accidents and will not permit the gen- 
eral public use of the highway with safety. 


The remedy of this condition is to require logging operators 
to clean the mud off their equipment before entering the highway. 
The State Highway Commission is asking you, as an operator of one or 
more logging trucks on this highway, to do this in so far as it in- 
volves the equipment under your control to the end that this highway, 
which is heavily travéled, may be maintained in the best possible 
manner from the traffic safety standpoint. 


I am instructed to inform you that, wnless the Commission 
is able to secure your full cooperation in this regard, it will be 
necessary for the Commission, in the interests of public safety, to 
order the revovation of all permits that have been issued for the 
trucking of logs on this highway, at least for the period that the 
dangerous condition exists. The Commission prefers not to take such 
drastic action and trusts that you will comply with its request, thus 
eliminating the necessity for the same. 
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from the State Highway Devartment and %50,CO0 from the State Game Commission. 
Others speaking in behalf of the projects as outlined by Mr. Haas were Mr. 
Gunn, Mr. Livesley, and Judge McCulloch. 


Governor Martin inquired as to the legality of the State Highway 
Commission spending state highway funds for such purposes. In reply thereto 
Attorney Devers gave as his opinion that the State Highway Commission cannot 
legally turn over state highway funds for disbursement by some other agency, 
although the Commission does have the authority to spend its funds for pub- 
licity, provided the disbursements are made through the State Highway Depart- 
ment direct in the same manner in which disbursements are made for other pur- 
poses. The extent of the Highway Commission's contribution, he added, is 
subject to the pleasure of the Governor. 


Chairman Cabell stated that, as an individual citizen, he considers 
that expenditures for maintenance of exhibits at these fairs is wise because 
of the benefits that the state would receive therefrom; but, as a member of 
the State Highway Commission, he has to look at it from a different stand- 
point. The position of the Commission, he said, is as that of a trustee for 
the disbursement of a certain class of funds, which funds are paid by one 
class of people; namely, the motorists, and should be spent for the benefit 
of that class. He also said that the le;islature intended, when it provided 
the highway funds, that they should be expended for the benefit of the high- 
way users, and, if they are spent for some other purpose, the probabilities 
are that it would be called a diversion of funds and the state would then be 
in a disadvantageous position in the securing of Federal Aid moneys for road 
construction. He gave as his thought that a fair participation by the State 
Highway Commission at these fairs would be the maintenance of an exhibit to 
promote tourist travel, and that, so far as benefits are concerned, the state 
would derive much more good from the San Francisco Fair than it would from 
the New York Fair. He said that the Commission is confronted by two ques- 
tions; namely, the amount of its contribution, and the nature of the expendi- 
ture, with tespect to which the Commission must depend largely upon the rec- 
commendation of Mr. Harold B. Say, Manager of the Highway Department's Travel 
and Information Department. 


Governor Martin stated that an expenditure of state highway funds 
for this purpose met with his approval and he asked the Commission to be as 
liberal as possible in the matter. After further discussion, Mr. Haas sug- 
gested the appointment of a committee to study the matter in detail. Gov- 
ernor Martin concurred in the suggestion, as did also Chairman’ Cabell. 


Mr. Wallace stated that the State Game Commission is confronted 
with the same probleu as is the State Highway Commission with respect to the 
diversion of funds in the securing of Federal Aid. He gave as his thought 
that the advertising of the state as proposed would be a fine thing for the 
state and would result in much good; but, in his estimation, all of the state 
departments should contribute to the cost thereof rather than the State High- 
way Commission and the State Game Commission alone. The State Game Comnis- 
sion, he said, could not possibly give $50,900 for such purpose. 
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The Commission also signed the following joint letter with Mr. 
Lynch and Mr. Buck, directed to the Chief, Forest Service, and Chief, Bureau 
of Public Roeds, Washington, D. C., recommending an additional allocation of 
$25,000 from the State Contingent Fund to the Maintenance Fund to finance ad- 
ditional maintenance of forest highway projects necessitated by reason of 
the fact that an unusually snow-free winter has caused a greater mileage of 
forest highways to be maintained during this winter than was originally en~ 
ticipated: 


"In the Forest Highway program letter for the State of Oregon, 
approved by the Secretary on February 24, 1937, there was included 
an item of $30,000 for maintenance of projects for which the Feder- 
al Governmeit was obligated under the terms of the various coopera- 
tive agreements. Due to en unusually snow-free winter, it has been 
necessary to maintain a considerably greater mileage during the win- 
ter than was anticipated. Several large slides have also developed, 
the removal and correction of which will require additional funds. 


"It is, therefore, recommended that an additional allocation 
from the State contingent to luwap fund maintenance of $25,000 be ap- 


proved.' 


The Engineer requested instructions in regard to the disposal of 
some i4 tons of structural steel which is being salvaged from the overcross- 
ing project now under construction over Sullivan's Gulch, in Portland. He 
said that he has had a number of offers for the purchase of this material, 
ranging from $4.00 per ton to $8.55 per ton, but there is e question whether 
these offers should be considered or the material advertised for sale. The 
Commission decided that the material should be advert‘sed for sale in the 
regular manner. 


The Commission adjourned at 12:15 o'clock p. m. and reconvened at 
2:00 o'clock p. m. in the same room with all members present and participat- 
ing. Also present were the State Highway Engineer, the Attorney, and the 
Secretary. 


The following members of the World's Fair Commission, appointed by 
Governor Martin, were present and discussed with the Commission matters per- 
taining to the financing of exhibits at the World's Fairs which are to be © 
held in San Francisco and New York during the year 1939: C. T. Heas, Chair~ 
man; T. F. Gunn, Vice-Chairman; C. C. Carlson, Executive Secretary; Federal 
Judge Claude McCulloch; and Tom Livesley. Also present were Governor Charles 
H. Martin, Assistant Attorney General Ralph J. Moody, and Lew Wallace, State 
Game Commissioner. Mr. Haas outlined briefly the tentative plans for exhibits 
at both fairs and advised that it would cost about $230,000 to finance the 
same, $50,000 of which has already been appropriated by the legislature, 
$20,000 te be expended at the New York Fair, and ¢30,000 at the San Francisco 
Fair. He gave as his thought that the State Highway Commission and the State 
Game Commission should be sufficiently interested in the matter to contribute 
at least a vortion of the remaining funds and suggested a minimum of $100,000 


reports be declared acceptable to the otate Highway Commission as 
bases of settlement for the properties involved, and that the ac- 
quisition of the properties should be completed: 


NOW, THEREFORE, BE IT RESOLVED that the several offers, 
or bases of settlement hereinafter enumerated be, aid the same here- 
by are, approved and acce»ted, and that the Attorney for the State 
Highway Commission be, and he hereby is instructed to complete the 
acquisition of the said properties and to take title thereto in 
the name of the State of Oregon. The said properties hereby or- 
dered and authorized to be acquired are as follows: 


Section, Hwy., and Owner Purvose Acres Approximate Amounts Agent 


Madres~Deschutes County Line Section - The Dalles—California Highway 


5457-State Land Board Quarry 13.43 $7.50 per a. McCallister 
Tiller-Trail National Forest Section - Tiller-Trail Highway 
4805-Sumer, Walter A. Ditch Easem't Gratis Benson 


Forest Boundary-Elgin Section - Weston-Elgin Highway 
5500-Hallgarth, Arthur Gravel Pit 5.08 Gratis McCallister 


sland City-Cove Section - Cove Highwa 
4694-Stout, Nannie A. R/W =*3.90 $100 per a. plus $708 


plus Federal Land Bank 


fee,plus fencing Wells 
Hermiston-Columbia School Section - Hermiston Highway 
5542-Umatilla County W 0.01 Gratis Wells 
5541-Peck, Augusta R. " 0.42 $100 per a.t+ $54.50 " 
5540-Umatilla Project Farm Bureau R/W 0.21 $100 per a.+$136.50 " 


5018-Wade, Ira 


3.98 $150 per a. minus 0.18 a. 
to be conveyed to Ira Wade 
at $150 per a. McCallister 
4450-Stortz, John C. " 2000 sq.ft. 3¢ per sq.ft. v 
Wheeler-Bay City Section - Oregon Coast Highway 
5611-Wyss, Fred Gravel Pit 2-yr lease, 3¢ yer 
cu. yd. Benson 
5611-A,Marolf, Godfred " 2-yr lease, 3f per cu.yd." 
5611-B,Peterson, Gus " 2-yr_ —" I Ll aa 
Viento-Memaloose Park Section - Columbia River Highway 
5284-Marsh, W. A. Stock Pile 1.91 5-yr lease Lump Sum $100 
Collins 
Eagle Creek-Cascade Locks Section - Upper Columbia River Highwa 
5390-4674-Labor, J. 4. R/W 1.67 Lum> Sum $750 DeSouza 
5502-Karavanich, Joe R/W 0.002 Lump Sum $25 Collins 
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Commissioner Aldrich suggested that the officials of the State of 
Washington should be contacted in regard to the matter inasmuch as the cause 
is common to both states. Chairman Cabell concluded the conference by stat-~ 
ing that the Commission is not in a position today to make a decision but 
will give the matter serious thought and will discuss the matter again in de- 
tail with the committee of interested persons. 


Mr. J. A. McLean of Eugene, Chairman, and Dr. E. C. Dalton of St. 
Helens, member, Capitol Reconstruction Commission, were present and discussed 
with the Highwey Commission matters pertaining to the landscaping of the new 
capitol grounds in Salem and the improvement of city streets approaching 
thereto. Governor Martin was also present and entered into the discussion 
of this matter. 


Dr. Dalton advised that the Capitol Reconstruction Commission lacks 
the necessary funds with which to finance the landscaping of the new capitol 
grounds and is wondering whether or not it would be possible for the State 
Highway Commission to help defray such expense, and particularly the expense 
of rebuilding the Morth Summer Street approach to fit in with the landscaping 
plans. As a matter of information, he said that the Capitol Reconstruction 
Commission realized a saving of approximately $160,000 in the contracting of 
the new library building but it would not be possible to use this money for 
the landscaping and street work because of federal prohibitions, it being a 
requirement that the federal moneys be spent for building construction pur- 
poses only. He also said that the plans include the rerouting of the Pacific 
Highway from Capitol Street to Summer Street and that the reconstruction of 
about 4 blocks of city streets would be required to provide a proper approach 
to the Capitol Building from the north. 


This matter was discussed in considerable detail but no definite 
conclusion was reached. 


The Engineer requested authority to acquire certain parcels of real 
property that are needed for various highway improvements throughout the 
state. He submitted a list of such properties together with the prices that 
he recommended be paid for each. After careful consideration, the Commission 
&pproved the Engineer's request and by unanimous vote adopted the following 
resolution in regard thereto: 


WHEREAS, in connection with the further improvement of 
the highways hereinafter designated, it is and has been necessary 
to acquire property for right of way, quarry sites, gravel or other 
material sites, or sites for the storage of materials, as herein- 
after more definitely set forth; and 


WHEREAS, as a result of negotiations carried on with the 
owners of the property required, options have been obtained, which 
options have been considered by the Commission, outlining the bases 
of settlement which have been agreed upon; and 


WHEREAS, it is the judgment of the Commission that the 
said options should be approved and accepted, and/or the said 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


n-Col ounty Line — Columbia River hwa: 
98) tthias, Lena Estate 0.60 Lump Sum $200 DeSouza 
Mile e Section - Nehalem Highwa 
5557-Robertson, L. H. a 0.03 Land $100 plus $10 McChesney 
5556-Colsen, Albin " 1742 sq.ft. é sq.ft." $290 ° 


Moro-Grass Valley Section - The Dalles-California Highway 
5534-Moore, E- H. Stock Pile 0.50 2-yr lease,lump sum $5 Benson 


Wasco County Line-Madras Section ~- The Dalles-California Highway 
5459-Hohlfeld, Otto H. Stock Pile 3.95 $30 per a. McCallister 


Myrtle Point-Mystic Creek Section - Coos Bay-Roseburg Highway 
4712-Coos County Stock Pile 0.59 Gratis Gardiner 


Bunker Hill Overcrossing Section - Coos River Highway 
4757-D'ambrosia, Ida R/ ii Taking down and re-establishing 


garage building, Lump Sum $100 


plus filling in street Benson 
5120-Chezik, F+ 4: " 8920 sq.ft. Approx. 3 1/3¢ per 
sq.ft.plus $7.50 R 
trey) -Yomeauist, F. A. n , Lump Sum $456.24 af 


(Correctizn) 


Bear ek-Talent Section - Pacific Highwa 
5620-First Securities Co. a 0.07 Land $25, plus $5 Gardiner 


and Gravel Pit 


Bridce-Camas Valley Section - Coos Yay-Roseburg Highway 
5526-Martindale, J. D. Stock Pile 1.00 $100 per a. McChesney 


Metolius Section - The Dalles-California Highway 
5458-Jefferson County Stock Pile 0.92 Lump Sum $50 McCallister 


Siletz—Kernville Section - Siletz Highway 
5567-Bensell, Arthur Stock Pile 1.00 $100 per a. McCallister 


Milwaukie ion — Kast Portiand-Oregon Cit; 
5533-Webster, Arthur A. ‘i 0.36 


Troutdale-Multnomah Falls Section - Columbia River Hiczhwa 
1833-Columbia River Packers B/W 33.63 Lump Sum $10,000 Parker 
Ass'n Park 


Grass Valley-Kent Section - Sherman Highway 
5§20-Moore, Margaret A. Stock Pile 0.48 Lump Sum $10 Benson 


Narrows-Coyote Flat - Frenchglen Highwa 
5466-Bang, Hans R/W -15 $10 per a. plus $56.50 Wells 


2 
5465-Harney County as 3.09 Gratis 


High 
Consideration $1.00 Parker 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


John Day-Prairie City Section - John Day Highw 
4928-Cauble, J. A. R/W 4 lots 3 lots at $100 per lot 


(Correction) 1 lot at $50 per lot + 
$95.50 + low bid for 
moving ($415) Wells 


4988-McHaley, Rodney Gravel Pit and 
(Correction) Hauling Road 1.72 0.29 a. at $300 per a. 
1.43 & at $20 ° * 
plus $50 


Creek Section - Columbia River Hiyhwa 
5512-Lang, Grace E. R/W 0.65 $50 per a. 


ca —St. Hele’ ction - Columb ver Highwa; 
4138-Carlson, Charles J. 0.443 Lump Sum $600 McChesney 
5560-Larson, A. L- f 0.109 Land $400 plus $900 ” 


et e1-Buxton Section - Wolf Creek hwa: 
5227-Detroit Trust Com.any 2.59 $15 per a. McChesney 
5230-Conway, Morrison " 20.08 $20 per a. " 


lamath Falls- view ion - K th Falls-Lakeview 


Wi 
5516-Flackus, Wm. et al Hauling Road 0.66 Lump Sum $37.50 Benson 
Easement 
Mitchell Point Section - Columbia River Highway 
5562-Lock, Estate,Edgar Power Line 
and Nellie Easement Lump Sum $50 McChesney 
5561-Tenney, W° D. non on n om $6 " 


mbard-Killingsworth Section - N. E. Portland 
5430-Schnuelle, Herman W 0.629 $871.20 per a. 
5431-Northwestern Nat'l Bank " 78,405 sq.ft. 2¢ per sq. ft. 
5432-Snyder, Leo W. n 19,180 " " 2f " plus 
low bid ($225) for 
moving buildings 
5238-Moore, Robt. C. += 13,101 sq.ft. 3f sq.ft. plus $107 
(Correction) plus low bid for moving 
Buildings ($219) 
5483-Chilstrom, Gladys * 0.252 $871.20 per a.” 
5436-Fleckenstein, Hulda J. 0.77 $871.20 per &. 
5/48-Gradt, Rebecca C. " 82,618 sq.ft. 2¢ per sq.ft. 


Haines-North Powder Section - Old Oregon Trail hwa 
5005-Kent, Chas. 1.01 $100 per a. + $301 
plus moving fence Wells 
5003-Coles, Edward W. n «70 $100 per a.+ fencing+ 
Federal Land Bank fee bs 
558l-Kent, Chas. Gravel Pit and 4.56 4-23 a.at $60 per t. 
Hauling Road Easement 0.33 a. at $60" 
plus fencing $132. 75 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


B e Section - Pacific : 
ae eae Van Prooyen 7, 0.228 Lump Sum $15 plus 


fencing $12 Collins 
Point 1 Veil Sect - Col River Highwa 
4864-Snedecor, Estes Park 11.9 O per a. Parker 
Scottsburg-Drain Section ~ Umpqua Highway 
5622-Chambers, J. H. Quarry and Haul- Collins 


ing Road Easement 5-yr lease-3¢ per cu.yd. 


Booucher Section ~ Hood River Highway 
'78-Hood Kiver County Stock Pile 1.54 Lump Sum $35 Chandler 


The Commission discussed briefly matters pertaining to the proposed 
Interstate Avenue project in Portland. It was pointed out that the Portland 
City Commission has not yet adopted its ordinance providing for the center 
parking strip on this street, in view of which the Commission decided not to 
proceed with the construction of this project until the city has adopted such 
ordinance. The Commission instructed the Engineer to notify the Portland 
city offi¢ials to that effect. 


Reconsideration was given by the Commission to the matter of clos- 
ing right of way settlements in connection with the Albany overcrossing proj- 
: ect. The Attorney advised that the hearing before the Public Utilities Com- 
missioner has been held and that the findings of fact and form of order have 
been approved; and, while the order has not yet been written by the Public 
Utilities Commissioner, it is his understanding that such order will be is- 
sued shortly. In view of the Attorney's report the Commission authorized him 
to proceed with the closing of right of way transactions in connection with 
this project. 


The Attorney brought up for discussion the matter of settlement of 
the George Stonefield controversy regarding a swell tract of land located in 
Government Lot 3 of Section 22, Township 15 South, Range 12 West, W. M., Lane 
County, which tract Mr. Stonefield alleges was inadvertently deeded to the 
county along with right of way for the Oregon Coast Highway, whereas he in- 
tended to retain possession of the tract for a building site. The Attorney 
recommended that the state deed to Mir. Stonefield the small area in question 
upon payment of $125, of which amount $35.60 represents the cost of a special 
survey that was necessary in order to prepare a metes and bounds description, 
and the balance represents the reasonable market value of the area. The Com- 
mission by unanimous vote approved settlement with Mr. Stonefield on such ba- 
Sis. 


The Attorney also brought up for discussion the matter of acquiring 
a maintenance headquarters site along the Wolf Creek Highway near its junction 
with the Oregon Coast Highway in Clatsop County. He advised that the 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Overcr: e S 
5128-4975-Wilcox, Essie M. 7590 sq.ft. 5¢ sq.ft.plus $1810.50 Gardiner 
4979-Linn County 9680" " 5¢ sq.ft. " 
4899-Linn County 743% " 5¢ sq.ft. n 
5157-Albany S. D. #5 4220.48 sq.ft.at 9 sq.ft-plus $56 " 
5132-Charles Childs-Wm.Eagles 1989 sq.ft. 5¢ sq.ft. + $307.24 plus 

(Correction Report) moving bldgs. (estimated 
cost $400) 


4,98-World War Veterans State 
Aid Commission " 7260" " Lump Sum $2000 
4959-Albany, City of " 6160" ® pw fine Agee $138 


®oledo-Newport Section - Corvallis-Newport ighwa 
5563-Detmering, C. S. Scale Site 0.32 $200 per a. McCallister 


Gold Hill-Dodge Bridge Section - Sams Valley Highway 
555l-Lambert, Paul Stock Pile 1.0 Lump Sum $100 Collins 
5550-anderson, Estate A.F. 
& L.T.Arlander Stock Pile 1.5 Lump Sum $100 plus 
fencing 
5549-Gold Hill Irriration Gravel Pit 
District and Road Easement 8.60 Lump Sum {400 


5617-Jackson County Stock Pile *#6 lots ($30.14 per lot) 
Lump Sum $180.82 
%*(Approximately U.75 acres) 


Eugene Section - Pacific Highway 
5530-Eugene Sand & Gravel Co. 0.57 l-yr lease $15 McChesney 
Stock Pile & Road 


Saddle Mt. Park ~ Wolf Creek Highway 
3881-LaDee Logging Company Park Road 32.015 $20 per a. 
5703-Estate John H. Smith 

and John Waterhouse R/W 10.59 $30 per a. 
3880-3882-Grand Rapids-—Oregon 

Timber Company Park Road 123.995 Lump Sum $6,000 


easide Section — Oregon Coast Highwa 
s2ie Reith, Marjorie W. RA 0.142 Lump Sum $100 Benson 
Winchester Bay Section - Oregon Coast Hi h 
2568-Douglas County Stock Fils 6 lots Taxes $104.34 Lump Sum Parker 


(28717 sq.ft.) 
Ontario Undercrossing Section - 01d Oregon Trail ae ay 
5154-Williams, E. W. Damages for grade crossing $1500 Lump Sum Devers 
Toledo Junction-Siletz Section -— Siletz Highwa 
5667-C. D. Johnson Lumber Co. R/W 0.92 Gratis Eason 
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negotiations for the county in the event the Board of County Commissioners 
requests that the matter be handled that way. 


The matter of the acquisition of a quarry site from Emil Enquist 
on the Drews Valley Section of the Klamath Falls-Lakeview Highway, in Lake 
County, had the attention of the Commission. It appears that surfacing ma- 
terials were taken from lfr. Enquist's land by a contractor, for use in con- 
nection with a forest highway contract under the supervision of the U. S. 
Bureau of Public Roads, which erroneously assumed that the state had pre- 
viously made arrangements with Mr. Enquist for such materials. It also ap- 
pears that Mr. Enquist is demanding $1,000 for the quarry site, which con- 
tains about 13 acres of land and is valued by the state at $500, but is 
willing to deed to the state the entire 40-acre tract on which the quarry is 
located for the same price. The Engineer advised that the quarry in ques- 
tion is @ good one and will be used for a long time to come. He recommendei 
the purchase of same for $500, if possible. After discussion, the Commis- 
sion approved the Engineer's recommendation by unanimous vote. The Attor- 
ney was instructed to see Mr. Enquist personally and attempt to settle the 
matter on such basis. He was authorized to offer Mr. Enquist $1,000 for 
his property if absolutely necessary to do so, but with the understanding 
that if the state has to pay such sum it will demand a deed to the entire 
40 acres. 


The Attorney presented for the consideration of the Commission 
the following list of properties on which it has not been possible to reach 
satisfactory settlements: 


Price Price 
File Demanded Recommended 
No. Owner Purpose __ Section by Owner _by Attorney 
COLUMBIA RIVER HIGHWAY 
5614-". D. Tenney Talus Pit Perham Creek 5é cueyd. 3¢ cu.yd. 
5615-J.M.Culbertson et al " "  Viento-Mema loose 

Park W " " " " " 
551l-Chris Dethman Estate R/W Warren Creek § 5CC.00 § 100.00 
n 


1835-J. H. Gilbaugh Troutdale-Mult- 


nomah Falls $2,300.00 § 460.00 


HERNISTON SECONDARY HIGHWAY 
5543-Roy C. Rogers and Hermiston-Columbia Would 
Mrs.Mary Woodworth R/W School not quote $ 10.00 


NORTHEAST PORTLAND SECONDARY HIGHWAY 
5442-Joseph Teresi W Lombard St.-Kil- 
lingsworth St. $4,688.80 $3,740.93 


OREGON COAST HIGHWAY 
5119-H. W. Osborne k/Wi Marshfield-Bay Owner $ 121.05 
Park not found 


(Continued on next page) 
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Commission originally authorized the payment of $1,000 to the State Land 
Board for this site, which contains 120 acres of land, which deal was not 
consummated because the title of the Land Board failed by reason of a de- 
cision rendered by the Supreme Court on January 18, 1938, in the matter of 
the estate of Olaf Ohlsen, deceased, in the case of the State Land Board vs. 
Ransom, and now the property is to be advertised for Administrator's Sale. 
He advised that there are two dwellings located on the property and two 
springs which are of value to the state, and that Division Engineer F. D. 
Eason recommends that the state bid as high as $1,200, if necessary, at the 
Administrator's Sale, in order to secure this property. The Commission 
thereuyon, by unanimous vote, authorized the Attorney to bid a maximum of 
$1,200 for this property. 


The mattor of acquiring an addition to the state park located at 
Depoe Bay, being more particularly described as the Christenson property in 
Lot 4 of Section 22, Township 8 South, Range 11 West, W. M., Lincoln County, 
had the attention of the Commission. The Attorney reported an offer from 
the owner to sell the property for $2,600. The Commission considered the 
offer exorbitant and refused the same by unanimous vote. 


fee: 


The Attorney reported that the County Court of Hood River County 
is about to sell at tax sale certain property that is needed by the Highway 
Department as a maintenance headquarters site, and requested authority from 
the Commission to submit a bid for the same when the sale takes place. The 
Commission deferred action on this matter pending consultation with the Hood 
River County Court which is to appear before the Oommission on the following 
day. It was understood that if the County Court would not convey the prop- 
erty to the state free of cost, then the Attorney would be authorized to sub- 
mit a bid for the same at the tex sale, the amount thereof to be decided 
later. (The Engineer advised later in the session that it would not be nec- 
essary to acquire this tract because another site, which better meets the 
state's requirements, has been found.) 
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o The Commission had under consideration an offer from Mr. Lee Ragan, 
i Roseourg, to purchase for the sum of 5¢f ver sq.ft. a portion of Lot 5 of 
Block 9, and a portion of Lot 65 of Block 10, in Florence, same being located 
: outside of the standard width right of way of the Oregon Coast Highway and be- 
ing located near the end of the new Siuslaw River Bridge. The Commission de- 
cided unanimously not to sell this property in view of its proximity to the 
bridge and the fact that it is being landscaped as a highway beautification 
project. 


The Attorney brought up for discussion matters pertaining to the 

: acouisition of right of way for the Northeast Portland Secondary Highway piroj- 
ae | ect in Portland. He said that Multnomah County is buying some of this right 

’ of way, but, in his estimation, negotiations for the same should be carried 
on by the state so as to avoid difficulties in closing the deals for the state's 
portion, which would probably occur if the county made offers higher than the 
state's basic rate of 2¢ per sq. ft. The Commission decided that the best way 
to handle the matter would be to ask the county officials to defer the ac- 
quisition of the county's right of way until after the state has completed 
its negotiations. However, the Attorney was authorized to carry on the 
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(List continued from lest page) 


Warren Creek Section of the Columbia River Highway 
Chris Dethman Estate 
Lombard Street-Killingsworth Street Section of the Northeast 
Portland Highway 
Joseph Teresi 
Troutdale-iultnomah Falls Section of the Columbia River 
Highway 
J. H. Gilbaugh 
Marshfield-Bay Park Section of the Oregon Coast Highway 
H. W. Osborne 
Albany Overcrossing Section of the Pacific Highway East 
Gladys V. Holloway 
Charles Childs and William Eagles 
Aroline 0. Rankin 


as their respective interests may appear, and this Commission does 

hereby declare further that the said property or properties are 
necessary, are needful, and the acquisition thereof will be of ad~ 
vantage to the State of Oregon for right of way purposes in order 
to make it possible for the State Highway Commission to proverly 
locate, construct, and maintain said portion or portions of the 
said state highway system in accordance with standards adopted by 
this Commission relative to curvature, grades, alignment, drain- 
age, and factors of safety. 


2. That the State Highway Engineer be and he hereby is 
instructed and directed to properly survey the parcel or parcels 
of land required for such right of way purposes and prepare prop- 
er and adequate descriptions thereof, which descriptions shall be 
employed in tne preparation of a deed or deeds or other instru- 
ment or instruments necessary to complete the acquisition of the 
said property or properties or which description may be used in 
the preparation of a complaint in the event that condemnation 
proceedings are necessary. 


3. That the boundaries of the said parcel or parcels 
of land, as defined and determined by the said survey made by the 
said Highway Engineer, along the route or location adopted by the 
Highway Commission, shall be end the same hereby are adopted and 
the lands defined therein are hereby declared to be and the same 
are included within the rights of way of the said portion or por- 
tions of the said state highway system and hereby are declared to 
be necessary for the proper location, improvement, construction, 
and maintenance of the said portion or portions of the state high- 
way system. 


4. That I. H. Van Winkle, Attorney General of the State 
of Oregon, and J. M. Devers, Assistant Attorney General and Attor- 
ney for the State Highway Commission, be and they are hereby 
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(Properties on which settlements have not been reached, continued: ) 


Price Price 
File Demanded Recommended 
No. Owner Purpose Section by Owner __by Attorney 


PACIFIC HIGHWAY EAST 
4958-Gladys V. Holloway R/W Albany Over- $5,000.00 $4,500.00 
crossing : 
5130-Charles Childs and ® Albany Over- $3,250.00 $2,500.00 
Wm. Eagles crossing 
5136-Aroline 0. Rankin " Albany Over- Would not §$ 150.00 
crossing quote 


fter due consideration the Commission by unanimous vote adopted 
the following resolutions authorizing condemnation of the said properties if 
satisfactory settlements cannot be reached otherwise: 


ee 


WHEREAS, the State Highway Commission is by law authorized 
anc directed to lay out, locate, designate, construct, improve and 
maintain a system of state highways in the State of Gregon, and to 
acquire rights of way and to declare the necessity and need for 
the acquisition thereof, and the advantages to be gained thereby; 


Ne 
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NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission as follows: 


1. That the State Highway Commission does hereby find 
and declare that it is necessary and will be of advantage to the 
State of Oregon and there is need that the State acquire for 
right of way gurposes in connection with the permanent location, 
construction, improvement, and maintenance of the following sec- 
tion or sections of the state highway system of the State of Ore- 
gon, to wit: 


Hermiston-Columbia School Section of the Hermiston Highway 

Warren Creek Section of the Columbia River Highway 

Lombard Street-Killingsworth St. Section of the Northeast 
Portland Highway 

Troutdale-Multnomah Falls Section of the Columbia River 
Highway 

Marshfield-Bay Park Section of the Oregon Coast Highway 

Albany Overcrossing Section of the Pacific Highway East 


land and »roperty owned by or in possession of the following parties 
and/or versons, to wit: 


Hermiston-Columbia School Section of the Hermiston Highway 
Roy C. Rogers - Mrs. Mary Woodworth 


(Continued on next page) 
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(List continued from iast page) 


Emil Fnquist 


oe 

Viento-Memaloose Park Section of the Columbia River Highway ie 
J. M. Culbertson et al * | 

Drews Valley Section of the Klamath Falls-Lakeview Highway 3 


as their respective interests may appear, and this Commission does 
hereby declere further that the said property or properties contain 
gravel, gravel beds or bars, sand, sand beds or bars, rock, boul- 
ders, quarries or quarry sites, lime deposits, or other mineral de- 
posits or formations suitable for rocd construction, improvement, 
betterment, or pavement, and that the said property or properties 
is or are necessary and needful and the acquisition thereof will 
be of advantage to the State of Oregon for the said purposes in or- 
der to make it possible for the State Highway Commission to con- 
struct, improve, maintain, and repvair the said portion or portions 
of the said state highway system in accordance with the standards 
adopted by this Commission. 


2. That the State Highway Engineer be and he hereby is 
instructed and directed to properly survey the parcel or parcels 
of land required for said purposes and to prepare proper and ade- 
quate descriptions thereof, which descriptions shall be employed 
in the preparation of a deed or deeds or other instrument or in- 
struments necessary to complete the acquisition of the said prop- 
erty or properties, or which said descriptions may be used in the 
preparation of a complaint in the event that condemnation proceed- 
ings are necessary. 


3. That the boundaries of the said parcel or parcels 
of land, as defined and determined by the said survey made by the 
said Highway Engineer, shall be and the same hereby are adopted 
and the lands defined therein are hereby declared to be and the 
same shall be lands necessary for the purposes stated herein. 


4. That I. H. Van Winkle, Attorney General of the State 
of Oregon, and J. M. Devers, Assistant Attorney General and Attor- 
ney for the State Highway Commission, be and they ere hereby re- 
quested, authorized and directed to attempt to agree with the own- 
er or owners and/or with the tenants or persons in possession, if 
there be any, of said parcel or parcels of land with respect to 
the compensation to be paid for the taking of the same and the 
damage, if there be any, and in the event that no satisfactory 
agreement or agreements can be reached, then it is hereby further 
resolved that the Attorney General of the State of Oregon, and J. 
M. Devers, Assistant Attorney General and Attorney for the State 
Highway Commission, be and they hereby are requested to commence 
and prosecute to a final determination such suit or action, or 
suits or actions, as may be necessary and appropriate to acquire 
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requested, authorized,and directed to attempt to agree with the 
owner or owners and/or with the tenants or persons in possession, 
if there be any, of said parcel or yarcels of land, with respect 
to the compensation to be paid for the taking of the same and the 
damage, if there be any, and in the event that no satisfactory 
agreewent or agreements can be reached, then it is hereby further 
resolved that the Attorney General of the State of Oregon, and J. 
M. Devers, Assistant Attorney General and Attorney for the State 
Highway Commission, be and they hereby are requested ‘to commence 
and prosecute to a final determination such suit or action, or 
suits or actions, as may be necessary and appropriate to acquire 
title to the said premises and ali rights therein for the purposes 
herein stated. 


5. That this resolution be entered in full in the min- 
utes and records of this Commission. 


‘\ 


WHEREAS, the State Highway Commission is by law author- 
ized and directed to lay out, locate, designate, construct, im- 
prove, and maintain a system of stete highways in the State of Ore- 
gon and to acquire by donation, purchase, agreement, condemnation, 
or by the power of eminent domain title to land upon or under 
which there is gravel, gravel beds or bars, sand, sand beds or bars, 
rock, boulders, quarries or quarry sites, lime deposits, or other 
mineral de»osits or formations suitable for road construction, im- 
provement, betterment or pavement, and to declare the necessity and 
need for the acquisition thereof and the advantages to be gained 
thereby ; 


\ 
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NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission as follows: 


1. That the State Highway Commission does hereby find 
and declare that it is necessary and will be of advantage to the 
State of Oregon and there is need that the State acquire for the 
purposes of road construction, improvement, betterment, repair 
and maintenance, and for the purpose of the manufacture of road 
materials on the following section or sections of the state high- | 
way system of the State of Oregon, to wit: 


Perham Creek Section of the Columbia River Highway 
Viento-Memaloose Park Section of the Columbia River Highway 
Drews Valley Section of the Klamath Falls-Lakeview Highway 


land and property owned by or in the possession of the following 
parties pao persons, to wit: 


Perham Creek Section of the Columbia River Highway 
W. D. Tenney 


(Continued on next page) 
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(Service Creek-Branson Creek Section, continued) 


McNutt Bros. $ 19,627.00 
Babler Bros. 21,442.50 
Diesel Oil Sales Company 22,054.00 
Clifford A. Dunn 22,415.50 
R. O. Dail & Warren Bros., Inc. 22,996.25 
J. C. Compton 23,393.00 
Edwin C. Gerber 29,181.00 
Joplin & Eldon 29,969.50 


CENTRAL OREGON HIGHWAY 
LAKE COUNTY LINE-GAP RANCH SECTION - OIL MAT SURFACE TREATMENT 


A. Milne $ 18,902.00 
Babler Bros. 20,625.00 
Clifford A. Dunn 20,657.00 
J. C. Compton 21,216.00 
Edwin C. Gerber 22,249.00 
R. 0. Dail & Warren Bros., Inc. 22,995.50 
Warren Northwest., Inc. 23,038.50 
McNutt Bros. 23,176.00 
Harold Blake 24,770.00 


COLUMBIA RIVER aND MT. HOOD HIGHWAYS 
HOOD RIVER ROCK PRODUCTION PROJECT 


Schmeer, Williams & Gentemann $ 12,467.40 
Fisher Bros. 12,524.00 
John J. Dann Company, Inc. 12,977.60 
A. C. Greenwood Company, Inc. 14,140.00 
J. S. Jotms & Company 14,140.00 
0. C. Yocom 14,544.00 
H. L. Rice 14,544.00 
Saxton, Looney & Risley 14,978.00 
A. S. Wallace 15,150.00 
Jones-Scott Comoany 15,352.00 
Clifford A. Dunn 15,393.50 
Joplin & Eldon 15,559.00 
Rogers Construction .Company 15,857.00 
R. OQ, Dail & Warren Bros., Inc. 16,109.20 
E. C. Hall Company 17,675.00 
Homer G. Johnson 17,675.00 
LITTLE BUTTE SECONDARY HIGHWAY 
EAGLE POINT-BAKER GULCH SECTION - OIL MAT SURFACE TREATMENT 
Clifford A, Dunn $ 8,935.00 
Babler Bros. 9,122.00 
J. C. Compton 9,528.50 
Warren Northwest, Inc. 10,101.00 
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title to the said premises and all rights therein for the purposes 
herein stated. 


5. That this resolution be entered in full in the minutes 
and records of this Commission. 


Special consideration was given by the Commission to the G. E. 
Everson property, transaction No. 5505, for the acquisition of right of way 
for the Hill Creek Bridge Section of the Pacific Highway in Lane County. The 
Attorney advised that Mr. Everson is demanding $100 for his property, where- 
as he estimates the value at $50. He inquired whether or not he should pay 
the price demanded or acquire the property by condemnation. In view of the 
likelihood that the cost of condemation proceedings would amount to more 
than the difference between the appraised value and the amount demanded, the 
Commission decided that it would be advisable to settle with Mr. Everson 
out of court, if possible, and accordingly authorized the Attorney to make 
him an offer of $100. 


The Commission adjourned at 5:45 o'clock p. m., to reconvene at 
9:00 o'clock a. m. on the following day in the Auditorium of the Public Ser- 
vice Building. 


Portland, Oregon, February 17, 1938 


fhe State Highway Commission reconvened in regular session at 9:00 
o'clock a. m. in the Auditorium of the Public Service building. Present were: 


Henry F. Cabell, Chairman 

E. B- Aldrich,Commissioner 

F. L. Tou Velle, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


| Bids as follows for the construction of a number of highway proj- 
r ects were opened and read in conformance with previously published notice: 


COOS BAY-ROSEBURG HIGHWAY 
MYSTIC CREEK-BROCKWAY SECTION - CRUSHED GRAVEL IN STOCK PILES 


D. L. Ashton $ 11,571.00 
Saxton, Looney & Risley 11,770.50 
; R. O. Dail & Warren Bros., Inc. 11,837.00 
; A. S. Wallace 11,903.50 
: Homer G. Johnson 13,632.50 


JOHN DAY HIGHWAY 
SERVICE CREEX-BRANSON CREEK SECTION - LIGHT OIL TREATMENT 


Harold Blake $ 18,482.75 
Warren Northwest, Inc. 19,504.00 
(Continued on next page) 
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George A. Potter and County Commissioners A. A. Dunlap and David Reid, came 
before the Commission in regard to the selection of roads for the Federal 
Aid Secondary Highway Program. Chairman Cabell explained the requirements 
for such roads and asked the County Court for an expression of its prefer- 
ences. Judge Potter stated that they preferred the improvement of county 
roads rather than state secondary highways and expressed a preference for 
the following: (1) County road extending from Moro to Erskine, 4 miles in 
length; (2) County road extending from Rufus to Klondike, particularly the 
section extending from Rufus south about 3 miles to the top of the Klondike 
grade; (3) County road extending easterly from a point on the Sherman high- 
way, about 14 miles north of Moro, to a connection with the Wasco-Heppner 
Secondary Highway at Hay Canyon, a distance of about 8 miles. He also said 
that the Court has no choice as to state secondary highway improvements but 
would be satisfied with the improvement of either the Sherars Bridge Second- 
ary Highway or the Wasco-Heppner Secondary Highway. 
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Judge Potter then inquired as to the plans of the Commission with 
respect to the road extending from the Columbia River Highway to the Maryhill 
ferry landing. He said that this road is a county road but is being main- 
tained by the ferry operator, and gave as his thought that it should be 
placed on the state highway system inasmuch as it is the connecting link be- 
tween the Oregon and Washington sections of U. S. Highway No. 97. He was in- 
formed by Chairman Cabell that the Commission will inspect this road the next 
time it is in that vicinity and will then make its decision. 
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The County Court of Jefferson County, represented by County Judge 
W. R. Cook and County Commissioner F. E. Stangland, was present regarding 
Federal Aid secondary highway matters. Mr. Haney, owner of a resort at Camp 
Sherman, on the Metolius River, was also present. They expressed a prefer- 
ence for the following vrojects in the Federal Aid Secondary Highway Program: 
(2) Improvement of the county road extending from Suttle Lake to Camp Sher~- 
man, a distance of about 7 miles, said road being kmown as the Metolius 
River Road, connecting with the Santiam Highway at 2 point about 1} miles 
east of Suttle Lake; (2) Surfacing of the Warm Springs Secondary Highway be- 
tween Madras and Warm Springs Agency. 


In reply to inquiry made by Chairman Cabell, Judge Cook said that 
they want the Warm Springs Highway grading work completed by all means before 
the other improvements that they have requested at this meeting, but they 
prefer that the federal funds for county road improvements be spent on the 
Camp Sherman Road. 


The County Court of Deschutes County, represented by County Judge 
C. E. Lyon and County Commissioners Wm. Baer and Millard T. Triplett, was 
present in regard to the selection of roads for the Federal Aid Secondary 
Highway System in Deschutes County. They expressed a preference for the 
following county roads: (1) Butler Market Road from Bend to a connection 
with the Powell Butte Secondary Highway; (2) Alfalfa Road extending from 
the Powell Butte Secondary Highway to Alfalfa; (3) Terrebonne Lower Bridge 
Road. Their first and only choice of state secondary highways was the Powell 


Butte Secondary Hig No. 371, particularly the section between its junc- 
tion with the Central gon Highway and its junction with the Butler d. 
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PACIFIC HIGHWAY AND SAMS VALLEY SECONDARY HIGHWAY 
GOLD HILL ROCK PRODUCTION PROJECT 


A. Ss. Wallace $ 8,905.00 


D. L. Ashton 10,097.00 
R. I. Stuart & Sons 10,820.00 
Clifford A. Dunn 11,310.00 
Saxton, Looney & Risley 11,330.00 
Mountain States Construction Company 11,375.00 
Homer G. Johnson 13,860.00 


PACIFIC HIGHWAY 
HILL CREEK-BRIDGE SECTION 
GRADING, PAVING; FRAME TRESTLE WITH CONCRETE ROADWAY 


Edlefsen-Weygandt Company $ 16,137.50 
Mountain States Construction Comoany 16,667.50 


OREGON COAST HIGHWAY 
MOHLER-KILCHIS RIVER SECTION - CRUSHED ROCK IN STOCK PILES 


Mountain States Construction Company $ 10,400.00 
Dolan Construction Company 12,608.00 
0. Cy Yocom 12,640.00 
Saxton, Looney & Risley 13,312.00 
Feldschau & Son 14,000.00 
Joplin & Eldon 15,400.00 
R. O. Dail & Warren Bros., Inc. 15,840.00 
D. L. Ashton 15,840.00 
A. S. Wallace 16,000.00 
Homer G. Johnson 16,400.00 


OREGON COAST HICHWAY 
LAKE LYTLE OUTLET BRIDGE SECTION 
PILE TRESTLE WITH CONCRETE ROADWAY 


Mountain States Construction Company § 11,090.00 
L. H. Hoffman 11,187.00 
J. F. Jotmston 11,220.00 
Leonard & Slate 11,400.00 
Dolan Construction Company 12,484.00 
Edlefsen-Weyrandt Company 12,765.00 
Joplin & Eldon 12,774.00 
Makela Construction Company 12,848.00 
Shattuck & Neland 15,262.00 
Frank Watt Construction Company 16,937.50 


Chairman Cabell announced that the award of contracts would be made at 4:00 
o'clock p. m. in the same room. 


The County Court of Sherman County, represented by County Judge 
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following were the Court's choices for state secondary highway improvements: 
(1) Sumpter Valley Secondary Highway No. 410; (2) Medical Springs Secondary 
Hichway No. 340; (3) Robinette-Homestead Secondary Highway No. 412 westerly 
from Robinette to a connection with the Baker-Homestead Highway, a distance 
of about 4 miles. 


fs County Judge A- H. Boice, resresenting the County Court of Curry 
County, was present in regard to Federal Aid Secondary Highway matters. He 
expressed a preference for the improvement of the Squaw Creek Road in such 
program, if possible. As a second choice he mentioned the South Bank Road 
extending from the Oregon Coast Highway to the old ferry landing along the 
south side of the Rogue River. His first choice for state secondary highway 
improvements was the Cape Blanco Secondary Highway No. 250, particularly the 
Lighthouse ~ection therecf, about 2 miles in length. Judge Boice then in- 
quired as to the plans of the Commission in regard to the improvement of the 
Oregon Coast Highway through the town of Gold Beach. He said that the inde- 
cision of the Commission in this matter is holding up developments in that 
tom and they would like to have the matter settled as soon as possible. 

The Engineer advised that the Commission is handicapped in undertaking this 
project by reason of right of way difficulties. He offered the suggestion 
that the people of Gold Beach donate the extra right of way needed and that 
the state assume the expense of removing the buildings therefrom. After dis- 
cussion, the Commission approved this. suggestion by unanimous vote and in- 
structed the Engineer to so inform the Curry County Court, by letter, and to 
furnish the Court with a map of the proposed layout. 


The County Court of Morrow County, consisting of County Judge Bert 
Johnson and County Commissioners Roy Neill and George N. Peck, war present 
in regard to the selection of roads for the Federal Aid Secondary Highway 
System in Morrow County. Also present was County Engineer H. Tamblyn. They 
expressed a preference for the improvement of the Heppner-Rhea Creek Section 
of the Wesco-Heppner State Secondary Highway No. 300. Their second choice 
was for the improvement of the Hardman Hill Section of the Heppner-Spray State 
Secondary Highway No. 321. Their first choice of county road projects was the 
improvement of the Little Butter Creek Road from its junction with the Lexing- 
ton-Echo Secondary Highway to Pine City, a distance of about 5 miles. 
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The County Court inquired as to the plans of the Commission for the 
oiling of the Lexington-Echo State Secondary Highway in Morrow County. Chair- 
man Cabell advised that the Commission proposes to put this road in a dustless 
condition this year if funds are available to finance it. 


PEERS 


— 


Mayor Elisha Large of Eugene, and City Engineer W. C. Clubb, were 
present in regard to the installation of flashing traffic signals in their 
tow. Mayor Large advised that the city is short of funds, and they are won- 
dering whether or not the state would be willing to help finance the project, 
in view of the fact that all but two of the signals provided for in the plan 
are located on state highway routes. He said that the city has $5,000 bud- 
geted for this purpose, but that is insufficient to pay the cost, so the in- 
stallation will have to be delayed unless the state will help finance the 
preposition, which is estimated to cost from $7,000 to $10,000, according to 
whether a connective system is decided upon. 
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Judge Lyon suggested the following revision in the Powell 
Butte State Secondary Highway: Elimination of that portion of this road ex- 
tending southerly from the Butler Road junction to the Central Oregon Highway 
and substitution therefor of the Butler Road from said junction into Bend. 
The Commission deferred a decision in this matter pending investigation of 
the road and report thereon by the Engineer. 


Judge Lyon inquired as to the plans of the Commission with respect 
to the completion of the South Santiam Highway and was informed by Chairman 
Cabell that the Commission hopes to be able to allocate a sufficient amount 
of funds to complete this project soon. Judge Lyon then brought up for dis- 
cussion the matter of the county's indebtedness to the state for road con- 
struction purposes. The suggestion was made that it might be possible to 
undertake a joint project to be financed with the moneys that the county 
owes the state and with the secondary highway funds that have accumulated in 
the State Highway Fund for expenditure in Deschutes County. The Engineer 
was instructed by the Commission to look inte the matter and to render a re- 
port thereon at the next meeting. 


The County Court of Polk County, consisting of County Judge Herman 
Van Well and Commissioners Fred Gibson and Harrison H. Brant, came before 
the Commission with regard to Federal Aid Secondary Highways. County Engi- 
neer E. J. Himes was also present. The County Court expressed a preference 
for the improvement of the following county roads in such system: (1) Lewis- 
ville-Airlie Road; (2) Independence-Buena Vista Road; (3) Falls City Market 
Road, from the Dallas-Kings Valley Secondary Highway to Falls City. Their 
first choice of state secondary highways was the improvement of the Kings 
Valley Secondary Highway No. 190, although they expressed a preference for 
the improvement of county roads with the funds available. 


The matter of the county's indebtedness to the state for road con- | 

struction purposes was discussed briefly. The Court expressed a willingness 

and desire to compromise the settlement of this claim on amicable terms but 

advised that there are numerous Polk County citizens who are opposed to the 
county's payment of said debt, and they are, therefore, having some difficul- 

ty in disposing of the matter. Chairman Cabell said that he believed the 
Commission would make a generous settlement with the county and would let the 
county pay the debt over a period of years, if necessary, through an order on 

the Secretary of State. The Court agreed to give the matter further thought. 


The County Court of Baker County, represented by County Judge Chas. 
E. Baird and County Commissioners Claude Holman and R. M. Phipps, was present 
in regard to the selection of roads for the Federal Aid Secondary Highway 
System. County Engineer D. W. C. Nelson was also present. They expressed a 
preference for the improvement of the Baker-Homestead Highway in such pro- 
gram, the order of the improvements to be as follows: (1) Baker-Middle Bridge 
Section; (2) Middle Bridge-Richland Section; (3) Richland-Halfway Section. 
Their choices for comty road improvements were the following: (1) County 
road extending from Baker to Rock Creek, via Pocohontas; (2) Baker-Wingville 
Road from the Old Oregon Trail to the Wingville School; (3) Halfycornucopia 
Road from Halfway to the forest boundary; (4) Richland-Newbridge Road. The 
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to a connection with the Jordan Valley Secondary Highway, commonly kmown as 
Lytle Boulevard. He said that the settlers in the Owyhee and Vale irriga- 
tion districts feel that they are entitled to these roads, and are demanding 
their improvement as state secondary highways. Judge Graham presented a let- 


ter in support of his request and was informed by the Commission that his ar- 
guments would be given due consideration. 


The County Court of Grant County, consisting of County Judge J. H. 
Allen and County Commissioners F. B. French and John Porter, was present in 
regard to the selection of projects for the Federal Aid Secondary Highway 
Program. Also present was L. E. Lucas, County Engineer. They offered the 
following county road projects for consideration by the Commission in the 
selection of roads to be improved under such program: (1) Road extending 
from Prairie City to Blue Mountain Springs along the north side of the John 
Day River; (2) Road extending from Prairie City to Blue Mountain Springs 
along the south side of the Jot Day River; (3) Road extending from the 
Pendleton-John Day Highway to Ritter Springs; (4) Bear Valley-Poison Springs 
Road; (5) County road extending westerly from Long Creek to Monument. They 
asked the Commission to designate as a state secondary highway the county 
road extending from Monument to Long Creek, but urged the Commission to in- 
prove the Monument Secondary Highway between Kimberly and Monument before re- 
building the Monument~Long Creek Road. 


Chairman Cabell advised that the Commission is reluctant to take 
on any more secondary highways at the present time due to shortage of funds 
with which to construct and maintain them, and until some of the other roads 
now on such system have been improved. However, the Commission will consid- 
er their request and will have the Engineer inspect the Monument-Long Creek 
Road and render a report thereon. The Engineer was thereupon instructed to 
make such investigation and render such report at the next meeting. 


A delegation from Grant County, consisting of Mr. Gabler and Mr. 
Crouch, of Monument, and State Representative E. R, Fatland, of Condon, was 
present in the interests of the Kimberly-Monument Secondary State Highway No. 
402. The Grant County Court also appeared with this delegation. Representa- 
tive Fatland was spokesman for the group. He stated that this road has 
never been built to state highway standards and is in very bad condition; 
further, that the people of this district feel that they have received un- 
fair treatment in regard thereto end now want the road reconstructed to prop- 
er standards at the earliest possible time. Mr. Gabler urged the Commission 
to make a start, at least, on the project, with the view in mind of complet- 
ing it as fast as funds can be found to finance the work. County Judge Allen 
advised that this is a very important road and is entitled to, the Commission's 
serious consideration. He urged the Commission to make a start now by improv- 
ing the lower end thereof easterly from Kimberly, and offered, on behalf of 
the County Court, to contribute $1,000 of county funds toward the cost of the 
project, if the State Highway Commission would contribute a like amount. The 
Commission by unanimous vote accepted the offer and instructed the Engineer 
to proceed with the improvement, upon receipt of the county's warrant in the 
amount of $1,000. 
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Chairman Cabell advised that there are two reasons why the State 
Highway Commission hesitates to start on a program of this kind, the first 
being that the Commisgion is short of funds, and the second being that there 
are other cities in the state where traffic signals are justified, and if 
the state furnishes signals in one city, then that would establish a prece- 
dent and other cities and towns all over the state would want the same ser- 
vice, which it would be impossible for the state to finance. The decision 
of the Commission in regard to the installation of tvaffic signals in Eu- 
gene, he added, means the adoption of a state-wide policy. Mayor Large 
then inquired whether or not the Commission would cooperate to the extent of 
paying 50 per cent of the cost. The Commission deferred a decision in this 
regarded pending a survey of the entire state, to ascertain how much it would 
cost, approximately, to cooperate in the installation of similar signals in 
all the cities and towns requiring them. A report on this matter is to be 
rendered by the Engineer at the next meeting of the Commission and Mayor 
Large is then to be given an answer to his request. 


The Commissior adjourned at 12:15 o'clock p. m. and reconvened at 
2:00 o'clock p. m. in the same room, with all Commissioners, the State High- 
way Engineer, the Attorney, and the Secretary present. 


County Judge John R. Heckman and County Commissioner W. P. Vernon, 
representing the County Court of Lake County, also County Clerk Carl W. Pen- 
dleton, were present in regard to Federal Aid Secondary Highway matters. 
They expressed a preference for the improvement of county road projects and 
recommer.ded a project on the Goose Lake County Road extending along the west 
side of Goose Lake. They alsa recommended an expenditure for the oiling of 
the Klamath Falls-Lakeview Hichway westerly from Lakeview, in the event that 
such project is eligible for the funds under discussion. After considera- 
tion, it was agreed that, if the funds allocated to Lake County amount to 
more than $15,000, such funds shall be expended for the oiling of the Klamath- 
Falls-Lakeview Highway west of Lakeview; but if the amount allocated to this 
county is less than $15,000, it shall be applied to the improvement of the 
Goose Lake Road. 


County Judge David F. Graham of Malheur County, representing Mal- 
heur County Court, was present in regard to Federal Aid Secondary Highway 
matters. He stated a preference for the following improvements in the pro- 
gram for Federal Aid Secondary Highway Funds: (1) Improvement of the Sucker 
Creek Sectic:. of the Homedale-Malloy Ranch Road, commonly called the Jordan 
Valley Road; (2) Improvement of Lytle Boulevard, extending from Vale to a 
point on the Jordan Valley State Secondary Highway, about 3 miles north of 
Adrian. Judge Graham's first choice of state secondary highway projects was 
the improvement of Graham Boulevard (Vale-West Secondary Highway No. 451). 
He urged the Commission not to improve the state secondary highway north and 
west of the town of Jordan Valley under this program, because, in his esti- 
mation, the state is obligated to improve these sections anyway. He also 
asked the Commission to replace on the State Secondary Highway System the 
Homedale Spur-Malloy Ranch Section of the Jordan Valley Road which was re- 
cently removed from such system. He also asked the Commission to designate 
as a state secondary highway the county road extending from Vale southeasterly 


of the Nehalem State Secondary Highway, and advised that such project is the 
county's first choice. Their second choice, he said, is the improvement of 
the Warrenton-Fort Stephens County Road. 


Judge Boyington offered the Commission the use of a county quarry 
jn connection with the Nehalem Secondary Highway project, provided the con- 
tractor will keep the road leading from the quarry to the highway in 2 good 
state of repair. 


Tis Engineer pointed out that the Commission does not have funds iy 
available to finance all of the projects mentioned by the County Court, and ee 
expressed a doubt that the Commission could do any more than construct the 

Walluski River Bridge, which is in need of replacement, and do some work on 

the Jewell-Mist Section of the Rehalem Highway. The County Court signified 

that it would be satisfied with such improvements. 


In reply to an inquiry concerning the possibility of securing the 
oiling of the west end of the Wolf Creek Highway, Chairman Cabell advised 
that the Commission has such project in mind but it does not appear likely 
that the work can be done early enough so it can be used by traffic this 


year. 
a 


’ Mr. Convill asked the Commission to loan the city of Astoria the 
services of Traffic Engineer John Beakey for a day or so, to assist the city 
in the formulation of rules and regulations for the control of traffic. The 
Commission granted this request. 


At 4:00 o’clock p. m. Chairman Cabell announced the following 
awards of contracts for which bids were taken at the morning session, the 
awards having been previously approved by the Commission by unanimous vote: 


"Mystic Creek-Brockway Section of the Coos Bay-Roseburg High- 
way, in Douglas County. Furnish 6,650 cu. yds. of crushed gravel 
in stock pile. The low bid received for this project was that of 
D. L. Ashton, Lebanon, at $11,571.00. The next low bid was that 
of Saxton, Looney & Risley, Portland, at $11,770.50. There were 
3 higher bidders. The Commission has referred all bids to the En- 
gineer with power to award the contract to the low bidder when 
certain concitions have been satisfied. 


"Service Creek-Branson Creek Section of the John Day Highway, 
in Grant and Wheeler Counties. 27.77 miles light oil treatment. 
Harold Blake, Portland, submitted the low bid for this project 
at $18,482.75. The next low bid submitted was that of Warren- 
Northwest, Inc., Portland, at $19,504.00. There were 8 higher 
bidders. The Commission has awarded this contract to Harold 
Blake, the low bidder, at his price of $18,482.75. 


"Lake County Line-Gap Ranch Section of the Central Oregon 


Highway, in Harney County. 7.61 miles oil mt surface treatment. 
A.Milne,Portland,submitted the low bid at $18,902.00. Babler Bros., 
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The County Court of Wheeler County, composed of County Judge S. J, 
Howard and County Commissioners Charles R. Jackson and L. A. Gochenour, 
came before the Commission in regard to the selection of roads for the Fed~ 
eral Aid Secondary Highway System. They recommended that Wheeler County's 
share of such funds be concentrated on the improvement of the Kinzua Road, 
particularly the l4-mile section thereof commencing at the junction with the 
John Day Highway. 


The County Court of Gilliam County, consisting of County Judge 

James D. Burns and County Commissioners Glen L. Richards and Earl P. Hoag, 
conferred with the Commission in regard to the selection of roads for the 
Federal Aid Secondary Highway System. They stated a preference for the con- 
struction of the Rock Creek-Morrow County Line Section of the Wasco-Heppner 
Secondary State Highway No. 300, 3 miles in length. They pointed out that 
the county has already constructed the road up to Rock Creek and alleged, 

if this 3-mile section is built, the road could be traveled practically the 
year round between Condon and Heppner. 


Josephine County Court, composed of County Judge Grant Matthews 
and County Commissioners H. S. Morgan and George W. Thrasher, was present in 
regard to the selection of roads for the Federal Aid Secondary Highway Sys- 
tem. Aleo present were H. B. Brown, County Engineer, and C. H. Demeray, 
President of the Grants Pass Chamber of Commerce. The County Court expressed 
a preference for the improvement of the following county roads in the Federal 
Aid Secondary Program: (1) Waldo Road, particularly the Illinois River Sec- 
tion thereof, east of Waldo, about 2 miles in length; (2) Murphy-Wilderville 
Road; (3) Merlin-Robertson Bridge Road. 


Mr. Demeray asked the Commission to authorize a survey to deter~ 
mine a permanent location for the Pacific Highway just out of Grants Pass so 
as to provide for the elimination of numerous curves in the present road. 

He said that the people of this district are particularly desirous of know- 
ing where the road is to be built eventually, because they want to improve 
their properties by construction of buildings, etc., but cannot do so until 
the state has determined upon a permanent line for the highway. The Engineer 
advised that the present highway is not in the proper location and that to 
eliminate the curves referred to by Mr. Demeray would require 4 revision 
about 2 miles in length. After some discussion, the Commission by unanimous 
vote authorized the Engineer to make a location survey of this section at 
his convenience. 


Clatsop County Court, consisting of County Judge Guy Boyington and 
County Commissionere James Elliott and William Larson, was present and dis- 
cussed with the Commission matters pertaining to the selection of roads for 
the Federal Aid Secondary Highway System. Also present with this delegation 
were Messrs. A. F. Danielson, County Ingineer; A. C. Barlow, City Manager of 
Warrenton; and James 0. Convill, City Manager of Astoria. Judge Boyington 
asked the Commission to consider the following county roads: (1) Road ex- 
tending from Warrenton to Fort Stephens; and (2) Road extending from the Ore- 
gon Coast Highway to the Tongue Point Naval Base. He also asked the Commis- 
sion to consider in such program the oiling of the Jewell-Birkenfeld Section 


FEB16 19958 


"Lake Lytle Outlet Bridge Section of the Oregon Coast Highway 
in Tillamook County. Construction of a 153-foot pile trestle with 
concrete roadway. The low bid received was that of the Mountain 
States Construction Company, Eugene, at $11,090.00. The next low 
bid was that of L. H. Hoffman, Portland, at $11,187.00. There were 
$ higher bidders. The Commission has awarded this contract to the 
Mountain States Construction Company at its low bid of $11,090.00. 


Messrs. Preston Williams, Metzger, Durr, and Hunt, representing 
the Tillamook Drainage District, came before the Commission in regard to the 
relocation of the Oregon Coast Highway just south of Tillamook. Mr. Williams 
was spokesman for the group. He said that the highway, as now constructed, 
is located on property belonging to the drainage district and is immediately 
adjacent to their drainage ditch, and that rocks are continually falling from 
the highway into the ditch, damaging the same and blocking the drainage. He 
also said that the District has plans to improve the ditch on a permanent be- 
sis, and suggested that the Highway Commission reconstruct the highway on 
permanent alignment so they can proceed with their plans. 


The State Highway Engineer pointed out that the reconstruction of 
the highway at this point involves the expenditure of a large sum of money, 
which is not available to the Commission at the present time unless work is 
stopped on the Neahkahnie Mountain Project. He added that if the present 
highway is not being properly maintained, he would see that that is done 
and would also see that the rocks that have been deposited in the drainage 
ditch are removed. Chairman Cabell confirmed the Engineer's remarks regard- 
ing reconstruction of this section and instructed the Engineer to make an 
investigation at once of the damage being done by falling rocks. The Engi- 
neer was also authorized and instructed by the Commission to make a survey 
for the permanent location of the highway at this place. 


The County Court of Tillamook County, represented by County Judge 
H. H. Rosenberg and County Commissioners E. H. Lindsey and E. G. Anderson, 
was present and conferred with the Commission in regard to the Federal Aid 
Secondary Highway Program in so far as it affects Tillamook County. They 
recommended the following projects: (1) Construction of the 2-mile section 
of the Tillamook-Netarts-Oceanside county road extending westerly from the 
summit towards Netarts, on the new grade constructed by the county last year; 
(2) Improvement of the Fairview-Clemens Corner county road; (3) Improvement 
of the Fairgrounds-Coast Highway Section of the Wilson River Loop county 
road. They also asked the Commission to place these roads on the State Sec- 
ondary Highway System. A decision with regard to these matters was deferred 
by the Commission until the allocation of funds is made. 


Judge Rosenberg brought up for discussion a proposed change in the 
deed from the Weyerhaeuser Timber Company conveying unto the county certain 
timber strips along the Wilson River Highway, and particularly the reserva- 
tion therein relative to merchantable timber. He said that it is the opinion 
of the Court that the wording of the second paragraph on page 1 of the pro- 
posed deed, under "Exceptions", should be changed from "all marketable timber 
now standing or being on said land", to read "all marketable timber 
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Portland, were the next low bidders at $20,625.00. There were 7 
higher bids received. This contract is awarded to A. Milne at his 
low bid of 618,902.00. 


"Hood River Rock Production Project on the Columbia River and 
Mt. Hood Highways, in Hood River and Wasco Counties. Furnish 
10,100 cu. yds. crushed rock in stock pile. The low bid received 
for this oroject is that of Schmeer, Williams & Gentemann, Port- 
land, at $12,467.40. The next low bid is that of Fisher Bros., 
Oregon City, at $12,524.00. There are 14 higher bidders. The 
Commission has referred all bids received for this project to the 
Engineer with power to award the contract to the low bidder when 
certain conditions have been satisfied. 


"Ragle Point-Baker Gulch Section of the Little Butte Second- 
ary Highway, in Jackson County. 3.20 wiles cil mat surface treat- 
ment. Clifford A. Dunn of Klamath Falls submitted the low bid for 
this project at $8,935.00. Babier bros., Portland, submitted the 
next low bid at $9,122.00. There were 2 higher bidders. This 
contract hes been awarded to Clifford A. Dunn, the low bidder, at 
his bid of $8,935.00. 


"Gold Hill Rock Production Project on the Pacific Highway 
and Sams Valley Secondary Highway, in Jackson County. Furnish 
7,100 cu. yds. crushed gravel in stock pile. The low vid received 
for this project was that of A. S. Wallace, Roseburg, at $8,905.00. 
The next low bid wes that received from D. L. Ashton, Lebanon, at 
$210,097.00. There were 5 higher bidders. The Commission has re- 
ferred all bids for this job to the Engineer with power to award 
the contract to the low bidder when certain conditions have been 
fulfilled. 


"H411 Creek Bridge Section of the Pacific Highway, in Lane 
County. 0.20 mile grading and paving and construction of a 75- 
foot frame trestle bridge with concrete roadway. Edlefsen- 
Weygandt Company, Portland, submitted the low bid for this proj- 
ect at 516,137.50. The only other bid received was that of the 
Mountain States Construction Company, Eugene, at $16,667.50. 

The Commission has referred these bids to the Engineer with power 
to award the contract to the low bidder when certain conditions 
have been satisfied. 


"¥ohler-Kilchis River Section of the Oregon Coast Highway, in 
Tillamook County. Furnish 8,000 cu. yds. crushed rock in stock 
piles. Mountain States Construction Company of Eugene, with its 
bid of $10,400.00, was the low bidder on this project. The next 
low bidder was Dolan Construction Comzany of Tillamook with its 
bid of $12,608.00. 8 higher bids were received on this project. 
The Commission has awarded tne contract to the Mountain States Con-: 
struction Company at its low bid of $10,400.00. 
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such funds for the betterment of unimproved school bus and post roads and 

he urged such consideration by the Commission as a community service propo- 
sition rather than as a service to individual farmers. Mr. Gill was in- 
formed fully of the requirements governing the expenditure of the Federal 
Aid moneys and the reasons why the Commission cannot allocate these funds in 
the manner suggested. Mr. Gill appeared to be satisfied with the explana- 
tion but urged the Commission to bear such unimproved roads in mind and to 
do the best it possibly can for them. It was his thought that it would be 
a good idea for someone representing the State Highway Commission to explain 
the situation to members of the Grange at their annual meeting, which is to 
be held during the early part of June; and, accordingly, it was decided that 
Chairman Cabell would talk to the Grange members at such meeting on highway 
matters if it is possible for him to be present at that time. The Commis- 
sion adjourned at 6:00 o'clock p. m., to reconvene at 9:00 o'clock a. m. on 
the following day in the same room. 


Portland, Oregon, February 18, 1938 


The State Highway Commission reconvened at 9:00 o'clock a. m. in 
the Auditorium of the Public Service Building, with all Commissioners pres- x 
ent and participating. Also present were the State Highway Engineer, the * 
Attorney, and the Secretary. 


Bids as follows for the construction of highway projects and for 
the purchase of buildings at Marshfield were opened and read in conformance 
with previousiy published notice: 


OLD OREGON TRAIL HIGHWAY a 
BAKER-DURKEE SECTION - CRUSHED ROCK IN STOCK PILES 


Rogers Construction Comoany $ 9,400.00 ke 
Babler Bros. 14,050.06 aS 
Schmeer, Williams & Gentemann 14, 750.00 a 
Homer G. Johnson 15,250.00 
OREGON COAST HIGHWAY 
BANDON-PORT ORFORD SECTION - CRUSHED ROCK IN STOCK PILES 
Homer G, Johnson $ 24,210.00 
Corvallis Sand & Gravel Company 24,467.00 
A. S. Wallace 25,317.50 
PACIFIC AND UMPQUA HIGHWAYS on 
DRAIN ROCK PRODUCTION PROJECT ‘ae 
ae 
Eugene Sand & Gravel Company $ 11,948.00 2 
Homer G. Johnson 13,630.00 i 
Inter City Sand & Gravel Company 13,920.00 re 
A. 8. Wallace 14,500.00 5 3 
Umpqua River & Navigation Company 14, 732.00 Xe 
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suitable for lumber now standing or being on said land". He also asked the 
Commission's approval to delete from the proposed deed the portion which 
reads as follows: "and, if at any time, said lands, or any part thereof, 
should be abandoned for such use, or the maintenance thereof for such pur- 
poses be discontinued, the same, or the part thereof so abandoned for such 
use or discontinued to be maintained for such purpose, shall ipso facto re- 
vert to and be and remain the absolute property of the grantor, its success- 
ors or assigns”; It was his belief that it would be much better to leave 
such wording out of the deed in order to avoid future misunderstanding, par- 
ticularly in view of the »ossibility that the Weyerhaeuser Timber Company 
would be all through with the land when it remoyes its timber on or before 
1942, as prowided in the deed, and it would then not want nor expect this 
land to revert to them in case the county or the state did not maintain the 
land as a perk. After discussion, the Commission approved such modifica- 
tions by unanimous vote. 


Commissioner Lindsey asked the Commission to construct a minor 
line-change in the road connecting the town of Nehalem with the Neahkabnie 
Mountain Section of the Oregon Coast Highway, which road is now being used 
by state highway traffic pending construction of the permanent highway and 
is being maintained by the state. He said that a certain bridge and cattle 
pass on this road, just west of Nehalem, are now being repaired by the state 
and it was his thought that the Commission should give consideration to the 
rebuilding of a short section of the highway at this location so as to elin- 
inate two sharp curves; which, in his estimation, is a desirable improvement 
and would provide greater safety for the traveling public. He also said 
that the county would donate the use of a power shovel in connection there- 
with, if the Commission so desired. The Engineer was instructed by the Com- 
mission to have Division Engineer F. D. Eason investigate this matter in 
company with Mr. Lindsey. 


The County Court of Hood River County, represented by County Com- 
missioners J. D. Smullin and R. W. Perry, conferred with the Commission with 
regard to Federal Aid Secondary Highway matters. Also present was County 
Engineer C. M. HurJburt. They expressed a preference for the continuation 
of construction of the Hood River Secondary Highway northerly as far as pos- 
sible from the end of the section completed last year. As a second-choice 
project they requested the imsrovement of the county road extending from the 
Mt. Hood Highway east of Odell, through a place known as Summit, to a connec- 
tion with the Hood River Secondary Highway. They also asked that this latter 
road be designated as a secondary state hishwey in lieu of the Interstate 
Bridge Secondary Highway, which was recently removed from the state second- 
ary highway system. The Commission deferred a decision in this matter pend- 
ing investigation and report by the Engineer as to what it would cost to in- 
prove this road to proper standards. Such report is to be rendered at the 
next meeting of the Commission, and the Hood River County Court is then to 
be advised of the Commission's decision. 


Mr. Ray Gill, Master, Oregon State Grange, was present in regard 
to the allocation of Federal Aid Secondary Highway Funds. He said that the 
State Grange is particularly desirous of securing # greater allocation of 
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"915 
(Puilding No. 5084-1 continued:) 
Carl Barnes and Esther Vincamp (third choice) $ 41.00 
Roy A. Miller (second choice) 30.00 
W. E. Foote and F. J. Miller 25.00 
BUILDING NO. 5085-2 
(Former Owner Robert Downer) 
Anton Monson $101.00 
Irene E. Harrison 72.00 
Carl Barnes and Esther Vincamp (first choice) ‘ 41.00 
J. S. Chambers 25.00 
W. E. Foote and F. J. Miller 25.00 
BUILDING NO. 5084 
(Former Owner D. M. Root) 
Dixie Root $126.00 
J. S. Chambers 50.00 
W. E. Foote and F. J. Miller (third choice) 40.00 
BUILDING NO. 5095 
(Former Owner E. A. Porter) 

John Lorsung $130.00 
W. E. Foote and F. J. Miller 22.50 
BUILDING NO. 5105 

; (Former Owner I. B. Tilson) 
No bids received 
BUILDING NO. 5103 
(Former Owner M. G. Hoffman) 

Vi. E. Foote and F. J. Miller $ 27.50 
J. S. Chambers 25.00 
BUILDING NO. 5104 
(Former Owner World War Veterans' State Aid Commission) 

Carl Barnes and Esther Vincam> (second choice) $ 41.00 
Roy A. Miller (fourth choice) 30.00 
J. S. Chambers 25.00 
Mrs. S. E. Johnson (second choice) 20.00 
BUILDING NO. 5107-1 
(Former Owner H. Emelia Weikel) 

W. E. Foote and F. J. Miller (second choice) $ 32.50 
BUILDING NO. 5107-2 
(Former Owner H. Emelia Weikel) 

Roy A. Miller (third choice) $ 30.00 
W. E, Foote and F. J. Miller 15.00 
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UMPQUA HIGHWAY 
WILSON RANCH-SCOTTSBURG SECTION - LIGHT OIL TREATMENT 


Using Road Oil Using Tar 
Babler Bros. $ $ 14,862.50 
J. C. Compton 15,320.00 
R.O.Dail & Warren Bros., Inc. 15,509.60 15,558.00 
Warren Northwest, Inc. 16,298.50 


FREMONT HIGHWAY 
WEST FOREST BOUNDARY-HORSE RANCH SECTION ~ LIGHT OIL TREATMENT 


J. C. Compton $ 13,091.60 
Warren Northwest, Inc. 

McNutt Bros. 

Harold Blake 

Babler Bros. 

Clifford A. Dunn 

A. Milne 

Edwin C. Gerber 

Diesel Oil Sales Company 


CENTRAL OREGON HIGHWAY 
JUNTURA-HARPER SECTION - LIGHT OIL TREATMENT 


J. C. Compton 

Harold Blake 

Warren Northwest, Inc. 
McNutt Bros. 

Clifford A. Dunn 

Diesel Oil Sales Company 
Edwin C. Gerber 


HERMISTON SECONDARY HIGHWAY 
HERMISTON—COLD SPRINGS SECTION 
OILING, SURFACING, CRUSHED ROCK IN STOCK PILES 


Rogers Construction Company 

Edwin C. Gerber 

Babler Bros. 

Warren Northwest, Inc. 

R. O. Dail & Warren Bros., Inc. 

Kern & Kibbe and Newport Construction Company 
Clifford A. Dunn 


SALE OF RESIDENCE BUILDINGS AT MARSHFIELD 


BUILDING NO. 5085-1 
(Former Owner Robert Downer) 
Anton Monson 
Mrs. W. A. Blackers 


(Continued on next page) 
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Chairman Cabell announced that awards would be made at 4:00 o'clock p. m. in 
the same room. 


The County Court of Umatilla County, consisting of County Judge 
Carl W. Chambers and County Commissioners Sam Ingle and Wm. R. Meiners, was 
present and discussed with the Commission matters pertaining to the selection 
of roads for the Federal Aid Secondary Highway System. They stated their 
preference for the improvement of the Sunnyside-Umapine Secondary State High- 
way No. 332, and mentioned, as their second choice, the improvement of the 
Walla Walla River Road, a county road project. 


County Judge Nelson B. Higgs of Harney County, and Mr. O'onnell, 
President of the Burns Chamber of Commerce, were present. Judge Higgs asked 
for better maintenance of the Frenchglen State Secondary Highway and of the 
Diamond Valley State Secondary Highway between Princeton and Waverly. He 
said that these roads have not been kept in very good condition, and school 
buses and mail-delivery trucks are able to use them only with difficulty. 
The Engineer advised that these roads are now in as good condition as they 
were when they were turned over to the state by the county; nevertheless, he 
would have them inspected. Mr. O'Connell urged improvements to the Central 


Oregon Highway. 


Mr. C. T. Gates, Portland, came before the Commission relative to 
the proposed construction of the East Portland-Oregon City Highway in front 
of his oroperty located at the northwest corner of Fifth and Main Streets, in 
Oregon City. He objected strenuously to the Commission prohibiting the park- 
ing of cars along the north side of Fifth Street because, he said, it would 
be objectionable from the standpoint of his tenants and would decrease the 
value of his property, which is his only source of income. He also objected 
to the narrowing of the sidewalk at this point from 10 feet to 6 feet, as is 
proposed in order to provide for four lanes of traffic on this important 
road. The necessity for prohibiting the parking of cars at this point and 
for the narrowing of the sidewalk was explained to Mr. Gates fully by Chair- 
man Cabell and the Engineer. Mr. Gates was very much dissatisfied with the 
explanation and demanded a set of the plans for the proposed improvement. 

The Engineer was instructed by the Commission to furnish Mr. Gates with such 
plans in detail and to have one of the engineers show Mr. Gates, on the 
ground, just how these plans will affect his property. 


Mr. N. E. Schooling, Portland, came before the Commission and re- 
quested permission to move a large building across 82nd Street (Cascade Sec- 
ondary Highway, near the Multnomah-Clackamas County Line). He said that he 
was refused such permit at the Salem office of the Commission because of the 
size of the building, it being 30 feet wide and 80 feet long, so he cut the 
building in half, and now wants permission to move the two sections directly 
across the highway. He gave as his thought that it would not take more than 
one hour to move each section. He further advised that it would be necessary 
to detour traffic during the movement, but offered to provide flagmen to di- 
rect traffic over a convenient. paved detour which is available. 


In the discussion of this matter, it was brought out that the 
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BUILDING NO. 5107-3 
(Former Owmer H. Bmelia Weikel) 
Roy A. Miller (first choice) 
W. E. Foote and F. J. Miller 
Mrs. S. E. Jomson (first choice) 
M. Jorgenson 


BUILDING NO. 5107-4 
(Former Owner H. Emelia Weikel) 
Sigurd Sundquist (first choice) 
M. Jorgenson 


BUILDING NO. 5107-5 
(Former Owner H. Emelia Weikel) 
Sigurd Sundquist (second choice) 
Henry Hauerkamp 


BUILDING NO. 5109 
(Former Owner Manilo Camilo) 
bids received 


BUILDING NO. 5108 
(Former Owner F. F. Dobbyn) 
S. Chambers 
E. Foote and F. Miller 


BUILDING NO. 4768 


(Former Owner Godfrey A. Quick) 
bids received 


BUILDING NO. 4769 
(Former Owner Jennie Rourke) 


Neil Harding 
W. E. Foote and F. J. Miller 


BUILDING NO. 4770 
(Former Owner Dell Saunders) 
Asbjorn Moen 
W. E. Foote and F. Miller 


BUILDING NO. 4771 
(Former Owner John Pruitt) 
P. J. Pruett 
Ww. E. Foote and F. Miller 


BUILDING NO. 5112 
(Former Owner H. P. Thomas) 
Tom Georgen 
W. E. Foote and F. Miller (first choice) 
J. S. Chambers 
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of Wamic; Paul Muller and George Lofton, both of Tygh Valley; C. G. Schnei- 

der, W. C. Carroll, and W. A. Hessell, of Gresham; J. E. Norton and Jerry h 
Wilson, of Kent; Theodore Justesen and H. R. Kaiser, of Maupin; and L. M. * 
Lepper, of Portland. 


Mr. Phipps alleged that Wasco County is entitled to this road in 
view of the fact that it now has only 35 miles of secondary highways in the 
county. He stated further that the present Sherars Bridge Secondary High- 
way is hardly justified but it could be made worthy of existence if it were 
extended to a connéc‘\ion with the Wapinitia Highway, because it would then 
afford a much shorter route to Portland for the people of the northeastern 
counties of the state, and would make it possible to market the ripe timber 
from the forests of Wasco County, which at present has no outlet. He said 
that they are not asking for a high-class road but simply one that can be 
used the year round. He gave as his thought that the road is eligible for 
forest highway funds and urged the Commission to inspect it jointly with of- d 
ficials of the U. S. Bureau of Public Roads and the U.S. Forest Service. 


Chairman Cabell advised that the Commission has given this matter 
some study and it appears to the Commission that the road is not justified 
as a state highway because it parallels so closely the Wapinitia Highway. 
Commissioner Aldrich gave as his thought that this is a forest development 
project in which the State Highway Commission is not particularly concerned. 
: He suggested, nevertheless, that the road be inspected. Mr. Phipps reiter- 

ated that all that these people want is a travelable road. 


Judge Potter of Sherman County endorsed the project, as did also 
Commissioner McLeod of Wasco County. 


Mr. Schneider, of Gresham, said that the people of Gresham have 
studied this matter and feel that the road would be of great value to the 
people on the west side of the mountain. 


Mr. Lepper concluded the presentation of arguments by urging this 
project from the commercial standpoint. He filed with the Commission numer- 
ous petitions signed by residents of Wamic, Tygh Valley, and the trade areas 
contiguous thereto, urging the construction and development of the old Barlow 
Road from a point near Wamic to its intersection with the Wapinitia Highway. 


Mr. C. W. White, Grand Ronde, came before the Commission in regard 
to his permit for the trucking of logs on the Salmon River Highway, which 
permit was recently revoked by the Public Utilities Commissioner, upon rec- 
ommendation of the State Highway Commission, because one of Mr. White's 
truck drivers was arrested for transporting a load weighing in excess of the 
limits prescribed by law and he refused to deliver his P.U.C. plates when re- 
quested so to do by the state police officer making the arrest. Mr. White 
Stated that his truck driver was not familiar with the most recent rules and 
regulations promulgated by the State Highway Commission with regard to such 
matters and was under the impression that the plates would be taken up by a 
representative of the State Highway Commission, which was his reason for re- 
fusing to deliver them to the state police officer. He further stated that 
this was an honest mistake and that, if his driver had fully understood the 
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Commission has denied two similar requests for moving buildings across the 
82nd Street Highway in approximately the same location, in view of which the 
Commission decided to secure the recommendation of Division Engineer E. A. 
Collier before passing on this matter. The Engineer was instructed to have 
Mr. Collier present during the afternoon session of the Commission to ex- 
press his ideas on this subject. Mr. Collier apoeared later in the session 
and recommended the granting of the permit subject to the condition that the 
movement of each section be undertaken during the early morning hours, start- 
ing at daybreak, and that the road be not blocked for a period longer than 
one hour at any time; and provided, further, that Mr. Schooling furnish flag- 
men as may be required, and also heve the movement covered by insurance and 
bond, in accordance with the established policy of the Commission. 


In view of Mr. Collier's report, and after further discussion, the 
Commission voted unanimously to grant Mr. Schooling's request subject to the 
conditions outlined by Mr. Collier. The matter was referred to Division In- 
gineer Collier and the Secretary to work out the details. 


A delegation, representing the Lower Columbia Highway Association, 
and headed by Mr. Tom Cunning, Secretary, Astoria, was present in the inter- 
est of additional improvements om the Lower Columbia River Highway. The 
other members of this delegation were J. D. Perry, President of the Associa- 
tion; Fred Ransom, Director of the Astoria Chamber of Commerce; Joe Korcarnik 
of Scappoose; John L. Foote, of St. Helens; Messrs. Abrit and Bloomstat, of 
Rainier; Tilden Graham, of Clatskanie; and G. C. Barlow, of Warrenton. 


They asked the Commission to give special consideration to the fol- 
lowing improvements on this highway where hazardous conditions exist and 
where many accidents occur, if the Commission cannot find it possible to fi- 
nance a major oroject: (1) Elimination of sharp curve at the trestle cross- 
ing at Big Creek, between Mile Post 89 and Mile Post 90, just south of Knappa; 
(2) Reconstruction of the sharp curves a short distance south of Scappoose at 
a place known as Johnson's landing, pending reconstruction of the highway on 
the proposed new alignment which parallels the i:ailroad and passes through 
the cemetery at this location. 


Mr. Foote, attorney, of St. Helens, made an urgent plea for the lat- 
ter project and suggested the temporary flattening of the curves on the east 
side of the road rather than on the west side. The Engineer was instructed 
to investigate both of these projects and report his findings at the negt 
meeting of the Commission. 


A delegation from Wasco and Sherman Counties, headed by former Coun- 
ty Judge F. L. Phipps of Wasco County, came before the Commission and asked 
for the extension of Sherars Bridge Secondary Highway No. 290 in Wasco County 
westerly through Wamic and thence to a connection with the Wapinitia Highway 
at a place known as Bear Paw Rock Quarry. The delegation consisted of the 
following: County Commissioners Angus H. McLeod and Mace Fulton, of Wasco 
County; County Judge George A. Potter and County Commissioners A. A. Dunlap 
and David Reid, of Sherman County; Guy Harvey, J. E. Kennedy, W. E. Woodcock, 
A. F. Bernhagen, Albert Gish, Willis Driver, Tom Driver, and Percy Driver, all 
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Cabell advised that the Commission appreciates that this is a desirable 
project and has no arguments to present to minimize its importance, but there 
is a question as to the availability of fumds to finance the work, especially 
in view of the fact that there is some grading work to do in connection there- 
with. He also said that the Commission has the project under consideration 
for the fiscal year 1939 Federal Aid Secondary Highway Funds, but there is 
still an uncertainty with respect to these moneys and a question whether or 
not the work could be done this year. 


Mr. Charles Castner, Portland, came before the Commission and urged 
the imorovement of the Little Nestucca Secondary State Highway, 3 miles of 
which, he said, are absolutely impassable during the winter months because 
of their muddy condition and the fact that there are two bridges that need 
replacement. He advised that four families reside along this road and it is 
impossible for them to get out to the main highway because of the condition of 
the road. He particularly asked for the surfacing of the 14-mile section west 
from Dolph, which was graded about two years ago. He was informed by Chair- 
man Cabell that this road is in the same category as many other roads through- 
out the state; that the Commission has it in mind and will build it when it 
can spare the funds to finance the work, but the Commission cannot spend its f 
money for such purpose at the present time on the basis of accommodating only t 
a very few people. He expressed regrets that the Commission cannot improve 
the road in the near future. 


Messrs. George Foster, F. W. Withee, and Wade Hartman, of Dayton, 
conferred briefly with the Commission in regard to the Commission's plans for 
improvement of the Salem-Dayton Secondary Highway. They were informed by 
Chairman Cabell that the Commission has this project in mind and is giving it 
due consideration with the idea in mind to construct a portion of it this 
year. He added, however, that the plans are only tentative and cannot be de- 
cided definitely until the uncertainties regarding funds have been settled. 


Messrs. A. H. Hinkson and Fred Lengacher, Eugene, came before the 
Commission in regard to carrying on logging operations on a particularly wide 
section of the McKenzie Highwey at a place known as Finn Rock, in Lane Coun- 
ty. It appears that Mr. Lengacher has purchased timber on the property adja- 
cent to the highway and the only suitable place for loading logs onto his 
trucks is this section of the highway. It also appears that he has already 
prevared one spar tree on the highway property, 8 feet from the right of way 
line, to facilitate the loading operations, and 4 loading pole, also on the 
highway, this having been done without the knowledge that he was encroaching 
upon the right of wey; but he has discontinued operations pending authority 
from the State Highway Commission to proceed. 


Mr. Hinkson advised that their application in the Salem office of 
the Highway Commission for a permit to conduct logging operations on this 
area was Genied, but they asked the privilege of appearing before the Commis- 
sion in regard to the matter because some 21 families are dependent upon 
these operations for a livelihood and there is absolutely no way to get the 
logs out except over this area. 
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rules and regulations, he certainly would have delivered the plates of this 
particular truck, because, naturally, he would not have taken a chance on 
having his permit revoked, which would take all of his trucks out of service, 


In view of Mr. White's explanation, the Commission by unanimous 
vote decided that the reinstatement of this permit is in order, particularly 
in view of the fact that Mr. White's truck has been out of service for sev- 
eral weeks; and accordingly instructed the Secretary to so recommend to the 
Public Utilities Commissioner. 


The Commission adjourned at 12:15 o'clock p. m. and reconvened at 
2:00 o'clock ». m. in the same room, with all Commissioners, the State High- 
way Enrineer, the Attorney,and the Secretary present. 


Mrs. Zelda Ploeger, of Portland, was present and inquired as to 
the plans of the Commission for relocating the Pacific Highway West at Tigard, 
particularly in so far as it affects property which she owns at that place. 
She said that she has it in mind to improve her property, including the plant- 
ing of numerous shrubs, et cetera, but there is a question in her mind whether 
or not she should go to this expense in view of the possibility of the state 
taking some of her property for right of way. Chairman Cabell advised that, 
while a number of alternate routes have been investigated for this proposed 
revision, the Commission has not yet decided on any one of them and will not 
do so at least until the next meeting of the Commission, when the Engineer's 
report on the subject will be discussed. He further stated that present in- 
dications are that the new highway will not take any of Mrs. Ploeger’s land 
and he suggested that she proceed with her improvements and plantings with 
the understanding that the state will compensate her in the event the route 
adopted passes through her land and causes her additional expense in replac- 
ing such improvements. He also informed Mrs. Ploeger that as soon as the 
Commission adopts the permanent route she will be advised. Mrs. Ploeger indi- 
cated that such disposal of the matter was satisfactory. 


A delegation from the towns of Mist and Jewell, headed by County 
Commissioner Wm. Pringle of Columbia County, was present and requested the 
oiling of the Nehalem Highway between Mist and Jewell. Other members of this 
delegation were County Commissioner J. T. Graham of Columbia County, W. H. 
Bridges, Chas. Sundland, and J. 0. Libel, all of Mist; Edwin Meier and Frank 
Wooden, of Jewell; C. W. Laughlin of Astoria, and T. M. Hopkins, R. H. McCaf- 
fery, G. E. Bellingham, and Tom Riggle, all of Birkenfeld. They alleged that 
the road in its present condition is dangerous to travel, being very dusty; 
in fact, is entirely worn out between Mist and Birkenfeld and should have in- 
mediate attention. 


Mr. Bridges told the Commission that they preferred this construc- 
tion to the improvement of the ‘fist-Clatskanie Secondary State Highway which 
wes previously recommended by the County Court, inasmuch as there is now a 
good rock sur“ecing on the Mist-Clatskanie road. County Commissioner Pringle 
concurred in the statements of Mr. Bridges and advised that he has changed 
his mind on the subject since appearing before the Highway Commission at the 
previous meeting, when the iist-Clatskanie road was recommended. Chairman 
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After further discussion it was agreed that the record should be 
investigated, and if it is found that Mr. Walsh's allegation is correct, 
then Mr. Lengacher will be allowed to conduct logging operations on this 
wide section of highway but not nearer than 50 feet from the traveled road- 
way. It was also decided that if the records do not show that the deed con- 
tains a logging reservation, but that the land for the right of way was deed- 
ed to the state without cost, then Mr. Lengacher would be allowed to operate 
on this area; but, if the records disclose that the right of way was pur- 
chased from the owner, then the Commission will not allow Mr. Lengacher the 
use of the highway right of way unless he will give to the state the timber 
heretofore referred to and the land on which it stands. 


Mr. V. B. Stanbery, of Portland, Consultant for the State Planning 

Board, wes present and inquired when it would be convenient for the Commis- 
sion to confer with him and Mr. C. J. Buck, Regional Forester, in regard to 
Wir. Buck's report on roadside timber preservation. He was informed that the 
Commission has not had time to discuss this report but will do so in the 

near future and will be pleased to confer with Mr. Stanbery and Mr. Buck at 
the next regular meeting of the Commission, which will orobably be held dur- 
ing the latter part of March. 


State Parks Superintendent S. H. Boardman was present anc reported 
on the following matters: 


Removal of the remains of Chief Tag-On-Ecia of the Quah-To-Mah 
Tribe, known among his fellows as "Whiskers, English Chops", from 
the present place of interment on the Sixes River to Battle Rock 
State Park at Port Orford:- Mr. Boardman advised that Mr. Frank B. 
Tichenor of Port Orford has written to Governor Martin in regard to 
: this matter and has stated that the Port Orford Chamber of Commerce 
will have the remains moved to the park if the state will authorize 
: interment in the park and will mark the grave with a suitable mnu- 
ment. He requested instructions. The Commission deferred a decis- 
ion in the matter pendinc a recommendation from Mr. Lewis A. McAr- 
thur, President of the Oregon Historical Society. The Secretary 
was instructed to secure such recommendation. 


Acquisition of C. Dethman property located on the Upper Colunm- 
bia River Highway near Mile Post No. 56:- The Parks Superintendent 
advised that Mr. Dethman has offered to sell 54 acres of land at 
this location for the sum of #4,000; also, that there are three 
other holdings adjacent thereto, containing 26 acres of land, which 
are needed to fit in with the picture, making a total of 80 acres 
in all. The owners of this extra property, he added, are asking 
$3,250 for the same, and, at such rate, the entire 80 acres would 
cost the state approximately $10,000. He gave as his thought that 
it would be inadvisable to purchase this property in view of the 
fact that the state already owns the adjoining tract known as Star- 
vation Falls State Park, and he recommended that the offer be de- 
clined. The Commission approved the recommendation by unanimous 
vote. 
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Mr. Lengacher advised that he owns quite a bit of timber along the 
highway in this vicinity and it is his intention to purchase additional tim- 
ber adjacent to the highway. He stated his willingness to donate to the 
state the timber growing adjacent to the highway at the top of the bluff if 
the Highway Commission will grant him the privilege of operating on the area 
under discussion. 


The question arose whether or not Mr. Lengacher owns the land on 
which the timber is located. He advised that he does not own the land but 
there is a possibility that the owner would donate a strip to the state in- 
asmuch as it consists of a steep side hill which is of no particular value 
except for the timber thereon. The State Parks Superintendent, Mr. S. H. 
Boardman, was present and advised that he inspected the timber referred to 
by Mr. Lengacher and ascertained that it would fit in satisfactorily with 
the state park idea, although it is of no particular value or advantege if 
the state has to pay for it or the land on which it is located. He added 
that he did not think it advisable to purchase the land for the preservation 
of the timber; but if the land were donated, then it would be acceptable. 


Chairman Cabell advised that if the Commission allows Mr. Lengacher 
to conduct loading operations on the highway right of way at this point, it 
would establish a precedent that would be difficult to avoid in passing on 
similar requests in the future and the only justification that the Commission 
would have for permitting such operations would be the consideration of this 
timber strip in exchange for the use of the highway rig.t of way. The State 
Highway Engineer advised that he rould offer no objections to the granting 
of this privilege to Mr. Lengacher at this particular point, provided there 
is a definite consideration, which in this instance would be the deeding to 
the state of the timber and land located on the bluff above the highway; and 
provided, further, that such matter is covered by written agreement specify- 
ing the distance from the traveled portion of the highway on which the log- 
ging operations would be confined. It was his thought tat such arrangement 
would not be establishing a precedent because the state would be getting 
something of value in exchange for the use of the highway right of way. He 
suggested that Mr. Lengacher purchase the land on which the timber is located 
and deed it to the state, at which time the agreement could be prepared and 
executed. His suggestion was approved by the Commission. 


This matter was reconsidered by the Commission later in the session 
when Mr. Eugene Walsh, Portland, representing Brown & Brown, Inc., Forest EIn- 
gineers, Portland, appeared in behalf of Mr. Lengacher. Mr. Walsh stated that 
Mr. Morton, the owner of the land on which the timber purchased by Mr. Lenga- 
cher is located, donated the highway right of way to the state with the un- 
derstanding that he would be allowed to carry on logging operations on the 
property. 


Chairman Cabell advised that if such was the understanding, then 
the Commission would permit Mr. Lengacher to proceed with his operations. 
He explained that the Commission is simply trying to avoid establishing a 
precedent in the matter, and if it can be proved that such right of way was 
donated with such understanding, that would satisfy the Commission. 
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the property. He further stated that he offered Mr. Volz $8,500 for the 
property, which offer was refused. The Comission considered Mr. Volz's de- 
mands exorbitant and refused to settle with him on such basis. 


The Commission had under consideration the offer of Mr. William S. 
Walton to deed to the state for right of way purposes land owned by him at 
Neskowin, in Tillamook County, same being required for a proposed revision 
of the Oregon Coast Highway at this location. Mr. Walton places a value of 
about $12,000 on his proverty, which the Commission thought too high to con- 
sider at this time, in view of the present stringency of funds and for the 
reason that it is not absolutely necessary to construct this revision in 
the immediate future. The purchase of the property was accordingly deferred 
for the time being. 


The Commission had under discussion the acquisition of certain 
parcels of land that were acquired by Multnomah County in connection with 
the acquisition of right of way for the Barbur Boulevard Section of the Pe- 
cific Highway West in Multnomah County. The Engineer recalled that the 
State Highwey Commission at its meeting on November 17, 1937, authorized ac- 
cuisition of certain small parcels situate outside of the standard width 
right of way but refused to pay the county for certain other parcels because 
of the price demanded for the same. He further advised that subsequent in- 
spection and study of the agreement between the Commission, Multnomah Coun- 
ty, City of Portland, and Civic Emergency Committee of Portland, which agree- 
ment is dated November 2, 1932, reveals that the state is justly entitled to 
the properties in question; in fact, is entitled to all of the properties ac- 
quired in connection with such right of way purchases, and that the positior 
of the county with regard to the properties now under discussion is not prop- 
erly taken. He suggested that this be brought to the attention of the Board 
of County Commissioners and that the county be requested to deed such par- 
cels to the state without cost. He read aloud a letter directed to the Board 
of County Commissioners of Multnomah County relative thereto, which letter 
the Commission approved by unanimous vote. 


At 4:00 o'clock p. m. Chairman Cabell announced the following 
awards of contracts and sale of buildings in Marshfield, bids for which were 
taken at the morning session, the awards and sales having been previously ap- 
proved by the Commission by unanimous vote: 


"Baker-Durkee Section of the Old Oregon Trail, in baker Coun- 
ty. Furnish 5,000 cu. yds. crushed rock in stock piles. The low 
bidder for this project is Rogers Construction Comvany, Dayton, 
Washington, at $9,400.00. The next low bidder is Babler Bros, 
Portland, at $14,050.00. There were 2 higher bidders. The Commis- 
sion has awarded the contract to Rogers Construction Comoany, the 
low bidder, at its bid price of $9,400.00. 


"Bandon-Port Orford Section of the Oregon Coast Highway, in 
Coos and Curry Counties. Furnish 9,450 cu. yds. crushed rock in 
stock piles. 3 bids were submitted on this project, all of which 
the Commission considers too high, and accordingly has rejected 
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owned by Fred Volz, et al, at Silver Creek Falls, in Marion County, which 
property is needed to fill out the state park area at this location. He said 
that Mr. Volz is demanding $10,000 for his property and that the State High- 
way Commission, in addition thereto, satisfy the demands of his tenants on 
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Concession house for Bradley Park:- The Parks Superintendent 
advised that Mr. Lindeman, who previously had the concession at 
Bradley Park, has stated his desire to renew the concession for 
four months of the current year and has indicated his willingness 
to pay a monthly rental of $100 for such privilege. He further 
advised that, in accordance with authority previously granted him 
by the Commission, he is now maintaining 4 caretaker in this park 
who is living in the building formerly used as the concession 
house; so, if the Commission accepts Mr. Lindeman's proposition, 

it will be necessary to construct a new building for the concession. 
He estimated that such building would cost about $1,200, and re- 
quested instructions in regard thereto. The Commission decided 
unanimously not to construct this building and accordingly declined 
Mr. Lindeman's offer. ‘. 


Renewal of option taken from Messrs. Pratt and Williams for 
acquisition of proposed park along the Oregon Coast Highway south 
of Cape Perpetua:- The Parks Superintendent advised that this pro- 
posed park property has an ocean frontage of 24 miles, beginning 
just south of Cape Perpetua and terminating at Bob Creek, and con- 
tains 357 acres, which the owners have listed for sale at $170 per 
acre. The state's option to purchase this property, he said, ter- 
minates on March 7, 1938, and he requested instructions whether or 
not to have it extended. He recommended that it be extended, in 
view of the fact that Mr. J. C. Merriam, President of the Carnegie 
Institute at Washington, D. C., is particularly interested in the 
tract and has indicated his willingness io arrange for funds to 
pay one-half of the cost thereof, amounting to about $70,000, but 
he has not been able to make such arrangement up to the present 
time, although he has hopes of fulfilling his part of the transac- 
ticn during the coming summer. In view of the report, the Commis- 
gion authorized the Parks Superintendent, by unanimous vote, to 
have the option extended for another 6 months, if possible. 


Acquisition of beach area known as Nehalem Bay Sand Spit:- 
The Parks Superintendent advised that Tillamook County has taken 
over for unpaid or delinquent taxes the major portion of the Neha- 
lem Sand Spit, which is located across Nehalem Bay from the place 
known as Fisher Point, a short distance north of Brighton Beach, 
and that the property includes all of the area between the bay and 
the ocean, except for a few lots in private ownership. He recom- 
mended acquisition of the same because of its future potential 
value from a recreational standpoint. He was instructed by the 
Commission to contact the Tillamook County Court relative thereto. 


The Attorney reported the status of acquisition of real property 
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that of Anton Monson, Marshfield, at $101.00. The Commission con- 
siders this offer satisfactory and therefore has sold the building 
to Mr. Monson at his high bid of $101.00. 


"Building No. 5085-2 formerly owned by Robert Downer. The 
Commission received 5 bids for this building, the high one being 
that of Anton Monson, Marshfield, at $101.00. The Commission 
considers this offer satisfactory and therefore has sold the 
building to Mr. Monson at his high bid of $101.00. 


"Building No. 5084 formerly owned by D. M. Root. The Commis- 
sion received 3 bids for this building, the high one being that 
of Dixie Root, Marshfield, at $126.00. The Commission considers 
this offer satisfactory and therefore has sold the building to 
Dixie Root at her high bid of $126.00. 


"Buiidinc No. 5095 formerly owned by E. A. Porter and known 
as the Porter Apartments. The Commission received 2 bids for 
this building, the high one being that of John Lorsung, Marshfield, 
at $130.00. The Commission considers this offer satisfactory and 
therefore has sold the building to Mr. Lorsung at his high bid of 
$130.00. 


"Building No. 5105 formerly owned by I. B. Tilson. No bids 
were received by the Commission for the purchase of this building. 


"Building No. 5103 formerly owned by M. G. Hoffman. The Com- 
mission received 2 bids for this building, being those of J. S. 
Chambers, Marshfield, at $25.00, and W. E. Foote and F. J. Miller, 
Coquille, at $27.50. The Commission has rejected both of these 
offers. 


"Building No. 5104 formerly owned by the World War Veterans! 
State Aid Commission. The Commission received 4 bids for this 
building, the high one being that of Carl Barnes and Esther Vin- 
camp, Marshfield, at $41.00. The Commission considers this offer 
satisfactory and therefore has sold the building to them at their 
high bid of $41.00. 


"Building No. 5107-1 formerly owned by H. Emelia Weikel. The 
Commission received 1 bid for this buildin, being that of W. E. 
Foote and F. J. Miller, Coquille, at $32.50. The Commission has 
rejected this bid. 


"Building No. 5107-2 formerly owned by H. Emelia Weikel. The 
Commission received 2 bids for this building, the high one being 
that of Roy A. Miller, Marshfield, at $30.00. The Commission con- 
siders this offer satisfactory and therefore has sold the building 
to Mr. Miller at his high bid of $30.00. 


"Building No. 5107-3 formerly owned by H. Emelia Weikel. The 
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them and has ordered the project readvertised for bids to be re- 
ceived at the next meeting. 


"Drain Rock Production Project on the Pacific and Umpqua 
Highways, in Douglas County. Furnish 5,800 cu. yds. crushed rock 
in stock piles. The Commission received 5 bids for this project, 
the low one being that submitted by the Eugene Sand & Gravel Com- 
pany, Eugene, at $11,948.00. The next low bid was that submitted 
by Homer G. Johnson, Portland, at $13,630.00. The Commission has 
awarded the contract to the Eugene Sand & Gravel Company, ‘he low 
bidder, at its bid price of $11,948.00. 


“Wilson Ranch-Scottsburg Section of the Umpqua Highway, in 
Douglas County. 7.81 miles light oil treatment. The low bid 
submitted was that of Babler Bros., Portland, at $14,862.50, based 
on the use of tar. They did not submit a bid based on the use of 
road oil. The next low bid submitted was that of J. C. Compton, 
McMinnville, at $15,320.00, based on the use of tar. He did not 
submit a bid based on the use of road oil. There were 2 higher 
bidders. The Commission has awarded the contract to Babler Bros. 
at their bid price,of $14,862.50, based on the use of tar. 


“Wiest Forest Boundary-Horse Ranch Section of the Fremont 
Highway, in Klamath and Lake Counties. 16.24 miles light oil 
treatment. The Commission received 9 bids for this project, the 
low one being that of J. C. Compton, McMinnville, at $13,091.60. 
The next low bid was that submitted by Warren Northwest, Inc., 
Portland, at $13,786,00. The Commission hag awarded this con- 
tract to the low bidder, J. C. Compton, at his bid price of 
$13,091.60. 


"Juntura-Harper Section of the Central Oregon Highway, in 
Malheur County. 34,52 miles light oil treatment. The low bid 
was submitted by J. C. Compton, McMinnville, at $23,334.20. The 
next low bid was that submitted by Harold Blake, Portland, at 
$24,902.00. There were 5 higher bidders, The Commission has 
awarded this contract to the low bidder, J, C. Compton, at his 
bid price of $23,334.20. 


"Hermiston-Cold Springs Section of the Hermiston Sec- 
ondary Highway, in Umatilla County. 1.53 miles surfacing and 
6.55 miles oiling; also furnish 1,600 cu. yds. crushed rock in 
stock piles. The Commission received 7 bids for this project, 
the low one being that of Rogers Construction Company, Dayton, 
Washington, at $21,342.50. The next low bid was that of Edwin 
C. Gerber, Oregon City, at $22,591.00. The Commission has award- 
ed the contract to the low bidder, Rogers Construction Company, 
at its bid price of $21,342.50. 


"Building No. 5085-1 formerly owned by Robert Downer. The 
Commission received 5 bids for this building, the high one being 
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"Building No. 5112 formerly owned by H. P. Thomas. The Com- 
mission received three bids for this building, the high one being 
that of Tom Georgen, Marshfield, at $102.00. The Commission con- 
siders this offer satisfactory and therefore has sold the build- 
ing to Mr. Georgen at his high bid of $102.00." 


The Attorney requested instructions whether or not to proceed with 
the acquisition of right ef way needed for the proposed revision of the Pa- 
cific Highway through Cottage Grove, in Lane County. He said that the peo- 
ple of this town are extremely anxious to know whether or not the state in- 
tends to buy the right of way soon because certain improwements are contem- 
plated and they cannot proceed with the same until they know about the plans 
for the highway. The Commission decided, in view of the present stringency 
of funds, not to acquire right of way at Cottage Crove this year. 


The Commission by unanimous vote authorized the acquisition of 
1.54 acres of land owned by Hood River County, et a cost of 35.00, said 
property being described 4s & portion of land lying in the S.E. z of the 
N. W. + of Sec, 18, T. 1 N., R, 10 E., W- M., and being needed 45 & site on 
which to store maintenance materials. 


The Commission had under consideration the offer of Mr. William H. 
Galvani to sell to the state 20.01 acres of land adjacent to the Sunset- 
Tunnel-Buxton Section of the Wolf Creek Highway, in Washington County ,which 
property is needed by the state for right of way purposes. The Attorney ad- 
vised that Mr. Galvani is asking $20.00 per acre for his land and $100.00 
additional severance damage. He said that the price asked for the land is 
satisfactory but he could see no justification for paying Mr. Galvani the 
extra $100.00 for severance, and he recommended condemnation in the event Mr. 
Galvani will not accept the sum of $400.20 as full and complete satisfac- 
tion. The Commission approved the recommendation by unanimous vote. 


The Commission had under discussion the claim of Ralph Chambers 
for damage that occurred to his crop located adjacent to the Burns-Buchanan 
Section of the Central Oregon Highway, in Harney County. It appears that Mr. 
Chambers has some 21 acres in crop and that the same is fenced in, but some- 
one left the gate open at a time when the highway was under construction, 
allowing cattle to enter the field, and as a result a large portion of the 
crop was destroyed. Mr. Chambers alleges that he is damaged to the extent 
of $400.00 and asks reimbursement in such amount. The Attorney advised that, 
from information that he has received, the damage did not amount to more than 
$150.00, and that he believes that Mr. Chambers will settle for such amount 
if the Commission is willing to pay it. It was his thought that, if the Com- 
mission will not pay that sum, it will result in litigation. He recommended 
the payment of $150.00 in the event that further investigation reveals that 
the state is responsible for the damage. After some discussion, the Commis- 
sion approved the recommendation by unanimous vote, subject to the condition 
that further investigation by the Engineer reveals that the state is respons- 
ible for the gate having been left open. 
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Commission received 4 bids for this building, the high bid being 
that of Roy A. Miller, Marshfield, at $30.00. The next high bid 
was that submitted by W.E. Foote and F. G.Miller, Coquille, at 
$21.50. Inasmuch as Mr, Miller desired to purchase only one build- 
ing and submitted the high bid for Building No. 5107-2, which was 
sold to him, the Commission has awarded the sale of this building 
to W. E. Foote and F. J. Miller at their offer of $21.50. 


"Building No. 5107-4 formerly owned by H. Emelia Weikel. The 
Commission received 2 bids for this building, the high one being 
that of Sigurd Sundquist, Marshfield, at $15.00. The Commission 
considers this offer satisfactory and therefore has sold the build-~ 
ing to Mr. Sundquist at his high bid of $15.00. 


"Building No. 5107-5 formerly owned by H. Emelia Weikel. The 
Commission received 2 bids for this building, the high one being 
that of Sigurd Sundquist, Marshfield, at $15.00 and the second bid 
that of Henry Hauerkamp, Marshfield, at $11.00. Inasmuch as Mr. 
Sundquist desired to purchase only one building and submitted the 
high bid for Building No. 5107-4, which was sold to him, the Com- 
mission has awarded the sale of this building to Henry Hauerkamp 
at his bid of $11.00. 


"Building No. 5109 formerly owned by Manilo Camilo. No bids 
were received for the purchase of this building. 


"Building No. 5108 formerly owned by F. F. Dobbyn. The Com- 
mission received 2 bids for this building, the high one being that 
of J. S. Chambers, Marshfield, at $15.00. The Commission consid- 
ers this offer satisfactory and therefore has sold the building 
to Mr. Chambers at his high bid of $15.00. 


"Building No. 4768 formerly owned by Godfrey A. Quick. No 
bids were received for the purchase of this building. 


"Building No. 4769 formerly owned by Jennie Rourke. The Com- 
mission received 2 bids for this building, the high one being that 
of Neil Harding, Marshfield, at $25.5C. The Commission considers 
this offer satisfactory and therefore has sold the building to Mr. 
Harding at his high bid of $25.50. 


"Building No. 4770 formerly owned by Dell Saunders, The Com- 
mission received 2 bids for this building, the high one being that 
of Asbjorn Moen, Marshfield. The Commission accepted the offer of 
Mr. Moen and has sold the building to him at his high bid of $20.00. 


"Building No. 4771 formerly owned by John Pruitt. The Commis- 
sion received only 2 bids for this building, the high one being that 
of P. J. Pruett, Marshfield, at $75.00. The Commission has accept- 
ed the offer of Mr. Pruett and has sold the building to him at his 
high bid of $75.00. 
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The Commission concurred and the matter was referred to Chairman Cabell, 
the State Highway Engineer, and the Attorney, to order a forgery bond in the 
amount of $100,000 in the event that is considered advisable, after giving 
the matter further study. The Commission authorized Mr. Godfrey to furnish 
a bond in the amount of $100,000 to protect the Commission in the event of 
loss occurring befere a definite decision has been made. Mr. Godfrey agreed 
to write such bond for a 3-year period, the premium for which, he said, would 
be $632.40, with the understanding that, should it be decided later to re- 
duce the amount of the bond, then he would make no premium charge for the ex- 
cess amount, provided the decision is made within the next ten or fifteen 
days; bat if the reduction is made after e longer time, the premium to be 
paid for the $100,000 bond would be prorated and the regular premium charged 
: for the time that it is in force. This arrangement was agreeable to the Com- 
miseion. 


In connection with this matter, the Engineer requested authority 
to secure the services of a competent auditor not connected with any state 
department to investigate the Highway Department's method of accounting, for 
the purpose of ascertaining whether or not there are any loop holes or blind 
soots in the accounting system that is now being used whereby it would be 
possible for an employe to cause the state loss by defalcations. The Commis- 
sion approved the request by unanimous vote. 


The Commission had under consideration at this time the selection 
of projects for the 1938 and 1939 construction programs, the approximate 
amounts available for such programs being estimated as follows: 
i 
Approximate Amounts Available (in- 
cluding Amts.Previously Programmed i 
or the Respective Classes of 


Classes of Federal Funds 


1938 Regular Federal Aid $2,092,368 $1,457,632 $3,550,000 
1938 Feeder Road Projects on State Hwys. 209,237 150, 763 360,000 
1938 " ° t " County Roads 209,237 150, 763 360,000 
1938-39 Grade Separation Projects 1,154,221 185,779 1,340, 000 
1939 Regular Federal Aid 2,048,413 1,551,587 3,600,000 
1939 Feeder Road Projects on State Hwys. 204,842 155,158 360,000 
1939 * . " " County Roads 204,841 155,159 360,000 
1938 Federal Lands Highways 168,367 7,633 240,000 
1939 8 " " 165,000 75 ,00C 240,000 : 
1938 State Projects on Primary Highways ---- 180,000 180,000 
1938 " ® " Secpndary " ---- 200,000 200, 000 


Accumulated Balances as follows: 


1935 NAM Funds 15,000 10,000 25,000 
1936 WPGS Funds 33,000 22,000 55,000 
1937 Federal Aid Funds 33,000 21,750 54,750 


FEB19 1938 


Mr. C. W. Parker, right of way agent, reported to the Commission 
the results of a conference with officials of the City of Portland relative 
to acquisition of right of way for the new Columbia River Highway through 
city property located at Multnomah Falls. He said that corplications have 
arisen due to the death of Mr. Frank S. Grant, former City Attorney, and 
that objections have been offered by Mr. C- P. Keyser, City Park Superintend- 
ent, to the city deeding the right of way to the state unless the state will 
build a certain connecting road between the old and the new highways; also, 
that City Commissioner R. E. Riley is willing for the city to deed the right 
of way to the state on the condition that the state will take over the en- 
tire park and will also take over the Vista House located at Crown Point, 
and the city's park at Latourel] Falls. He further stated that Mr. Keyser 
will withdraw his objections in the event the state will accept the proposi- 
tion outlined by Mr. Riley. It is Mr. Riley's suggestion, he added, that 
the state ask the city, in writing, for the right of way alone and for the 
right of way and the city's property north of the railroad track. The Com- 
mission questioned the advisability of acquiring all of the city's holdings 
as sucgested by Mr. Riley, and accordingly deferred definite action thereon 
pending a report from the State Parks Superintendent relative thereto. How~ 
ever, inasmuch as the Commission is interested in acquiring the right of way 
and city property north of the railroad at Multnomah Falls, it authorized 
the Attorney to direct a letter to the City of Portland asking for such 
areas. 


The Attorney requested instructions relative to acquisition of the 
Emma Kramien property, which is needed for right of way for the Pacific High- 
way West, in Yamhill County. He advised that his original offer to Mrs. Kra- 
mien was $400, which is $250 less than the amount that Irs. Kramien demanded, 
but he has since received a letter from Mrs. Kramien's attorney to the effect 
that Mrs. Kramien is willing now to settle for $525. The Attorney recommend- 
ed settlement on such basis in order to avoid the expense of a lawsuit. The 
Commission authorized the payment of such amount if the property cannot be 
purchased at a lesser figure. 


The Commission adjourned at 5:00 o'clock p. m., to reconvene on 
the following morning in the Benson Hotel. 


Portland, Oregon, February 19, 1938 


The State Highway Commission reconvened in regular session at 9:00 
o'clock a. m. in Room 801, Benson Hotel, with all members present and par- 
ticipating. Also present were the State Highway Engineer, the Attorney, and 
the Secretary. 


The matter of increasing the amoumt of the Commission's forgery 
bond had the attention of the Commission. Present, and entering into the 
discussion of this matter, was Mr. Jack Godfrey, General Agent of the Forgery- 
Fraud Bond Department of the National Surety Corporation, which wrote the Com- 
mission's previous forgery bond of $5,000 coverage. The Engineer gave as his 
thought that, in view of the recent defalcations of W. L. Moorman, former em- 
ploye of the Highway Department, the amount of the bond should be increased. 
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(1938 Regular Federal Aid Program, continued: ) 
Original Revised 


Highway Project Allocation Allocation 
: DIVISION NO. 4 


Central Oregon Horse Ridge-Brothers, Surf.& Oil $ 100,000 $ 102,2llc 


Fremont Summer Lake-Chalk Cliff, 14.5 Mi. 

Surfacing & Oiling 123,000 100,892 c 

Ochoco Mill Creek-Marks Creek,Grad.& Surf. 100,000 100,000 
Sherman Shaniko, Resurfacing & Oiling 55,000 51,659 c 

The Dalles-Cal. Fort Klamath-Lobert, Grading 130,950 130,000 

--- Planning 7,830 7,830 

--- Roadside Improvement 5,220 5220 

Total, Division No. 4 $ 522,000 $ 497,812 


DIVISION NO. 5 


John Day John Day-Oliver Ranch, Grad.& Surf. $ 100,000 $ 69,791 ¢ 

John Day N. Fork John Day River, Br.& Appr. 65,000 59,989 c 

John Day Butte Creek Sec., Grad.,Surf.& Oil 35,000 43,004 c 

Old Oregon Trail Stanfield-Pendleton, Surf. & Oiling 200,000 197,844 c 

Old Oregon Trail N.Powder-Muddy Creek,Grad.,Surf.,0il 171,940 145,401 c 

Central Oregon Burns-Buchanan, 22 Mi. Surf. & Oil 150,000 139,488 c 
John Day Jamieson-Lancaster, Grad.,Surf.,0Qil ---- 70,000 
--- Planning 8,680 8,680 
--- Roadside Improvement 7,380 7,380 
Total, Division No. 5 $ 738,000 $ 741,577 


c¢ - Projects marked thus previously approved and under contract 


1938 PROGRAM - FEDERAL SECONDARY PROJECTS ON STATE HIGHWAYS 


Estimated 
County Highway ; Cost 
DIVISIONS NOS. 1 22 
Clatsop Nehalem Klatskanine Summit-Jewell, Oiling $ 21,926 c 
Col. & Wash. Nehalem Treharne-Buxton, Oiling 33,772 c 
Washington Nehalem Davies-Banks, Oiling 4;990 c 
Linn Halsey-Sweet , 
Home Crawfordsville-Holley, Oiling 13,832 c 
Clatsop Nehalem Walluski R.Bridge, Br.,Grad.,Surf. 60,000 
Yamhill Salem-Dayton Spaulding Ranch, Grad.,Surf.,O0il 50,000 
Total for Divisions Nos. 1 & 2 $184,520 
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The Engineer submitted a list of projects that are eligible for 
such programs, from which the Commission, hy unanimous vote, upon motion of 
Commissioner Aldrich which was seconded by Commissioner Tou Velle, tentative- 
ly selected the following for inclusion therein, it being understood that the 
programs would be revised later in the event of alteration in the amounts of 
anticipated federal funds. 


1938 REGULAR FEDERAL AID PROGRAM 
ee Original Revised 
Highway == Project SCA location Allocation 


DIVISIONS NOS, 1 & 2 

Pacific Oregon City (llth to 5th & Main Sts.) 

Paving & Bridge $ 160,000 
Columbia River St. Helens-Multnomah Co. Line, Grad- 

ing & Paving 100,000 
West Side Pac. WMiddleton-Votaw, Grading & Paving 80,000 
West Side Pac. Lafayette, Paving 30,000 
West Side Pac, South Yamhill River Section, Grading, 

Paving & Bridge ---- 
Oregon Coast Astoria Line Change and Pavement, Grad~- 

ing & Paving (2 Units) 50,000 
Oregon Coast Short Sand Beach Creek, Grad.& Bridge 100,000 
Oregon Coast Arch Cape-Beach Creek, Clearing 
Oregon Coast Lake Lytle Bridge 
Santiam Lamb Creek-Glissade Creek, Grading 
McMinn.-Till, Bellevue-Pringle Corner, Grad.& Pav. 
Wolf Creek Wolf Creek Bridges (3 small bridges) 
Wolf Creek Quartz Creek Bridge 
Wolf Creek South Fork of Quartz Creek, Bridge 
Pacific, West Interstate Avenue, Paving 
Pacific Salem-South, Grading and Paving 
Pacific Halsey-South, Grading and Paving 
Columbia River Troutdale-Dodson, Dredge and Riprap 

--- Planning 
--- Roadside Improvement 


Total, Divisions Nos. 1 &2 $1,692,000 $1,701,677 


DIVISION NO. 3 


Pacific Siuslaw Junction-Awbrey, 4.57 Mi.Grad.$ 90,000 $ 72,444 ¢ 
Pacific Ross Station-Arvard, 2.0 ii. Paving 60,000 53,995 ¢ 
Pacific Turkey Hill-Chenoweth Park, 1.13 Mi. 
Grading & Paving 65,000 56,444 ¢ 
Pacific Sardine Creek Bridge 15,000 15,71 c 
Pacific Phoenix-Bear Creek, Grading & Paving 145,000 176,018 c 
Pacific Bear Canyon Section, Grading 135,000 101,875 c 
Pacific Hill Creek Bridge 20,000 Eliminated 
Oregon Coast Marshfield-South, Grading and Paving 101,800 100,000 
--- Planning 9,720 9,720 
--- Roadside Improvement 6,480 6,480 


Total, Division No. 3 $648,000 $592, 737 


(1938 Federal Secondary Projects on County Roads, continued: ) 


Estimated 
County Highway Kind of Work Cost 
Marion Salem-Independence Grade, Surface & Oil $ 23,000 
Polk Independence-Buena Vista Grade, Surface & Oil 15,000 
Yamhill Sheridan-South & East Grade, Surface & Oil 23,000 


Total for Divisions Nos. 1&2 $173,169 


DIVISION NO. 
Lane Qak Hill-Veneta Grade & Topping $ 30,000 
Douglas North Umpqua Grade, Surface & Oil __35,000 
: Total for Division No. 3 $ 65,000 
: DIVISION NO. 4 
: Wasco Chenoweth Road Grade, Surface & Oil $ 16,000 
Klamath Whitney Bridge Road Resurface & 0i: 2,000 
Klamath Malin-Bonanza Grade & Surface __24,000 
Total for Division No. 4 $ 52,000 
DIVISION NO. 5 
Malheur Vale-Adrian Grade, Surface & Oil § 15,000 
Union North Powder-North 
Powder River Resurface & Oil 15,000 
Wallowa Enterprise-Hurricane Crk. Resurface & Oil 24,000 
Total for Division No. 5 $ 54,000 
Planning Survey 5.123 


Total, all divisions and Planning $349,292 
¢ - Projects marked thus previously approved and under contract 


1938-1939 GRADE SEPARATION PROGRAM 
Original Revised 


Highway Railroad Project Allocation Allocation 
aan . D IONS OS. 1&2 
acific P. ve. - U.P. 

Pies. Bote soat - BtPle s. 808 See Fes 
Pacific W. Sou.Pac. McMinnville Relocation 130,000 116,897 c¢ 
Pacific W. Sou.Pac. Whiteson Undercrossing --- 21,618 c 
Pacific S.P.& 0.E.Albany O'xing, S.P.80%, 0.E.20% 250,000 420,000 
Columbia R. U.P. Troutdale Overcrossing 125,000 125,000 
Col. Blvd. U.P. Columbia Blvd. Reloc. (Portland) 70,000 Elin. 


Total, Divisions Nos.1 & 2 $645,000 $756,511 
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(1938 Program, Federal Secondary Projects on State Highways, continued:) 
County Highway Project Estimated 


DIVISION NO. 3 


Little Butte Eagle Point-Baker Gulch,Surf,0il Rock $ 19,119 c 
Little Butte Eagle Point-Baker Gulch, Oiling 9,828 c 
Coos River Catching Slough, Bridge,Grad. ,Surf. 66,500 


Total for Division No. 3 $ 95,447 
DIVISION NO. 4 
Hood R. Sec. Bloucher Section, Grad.,Surf.,0il $ 24,319 ¢ 
Total for Division No. 4 $ 24,319 


DIVISION NO. 5 


Baker- 
Homestead Baker-Flagstaff Hill,Grade,Surf.,0il $ 20,000 
Cove Grande Ronde River-Noyes Ranch, Grade, 
Surf. & Oil 21,17% ¢ 
Hermiston- 


Cold Spr'gs Hermiston-Cold Springs, Surf.& Oil 23,476 ¢ 
Total for Division No. 5 $ 64,652 
Planning Survey —— 5123 
Total, all divisions and Planning $374,061 


c - Projects marked thus previously approved and under contract 


Kind of Work 


CNS _NOS. 2 


Tillamock Nehalem River Road Nehalem-N.Fork, S. &0. 
Tillamook Tillamook-Netarts Summit-Tillamock k., S. & 0. 
Multnomah Thompson Road Grade, Surface & Bit. Mac. 
Columbia Upper Nehalem Surface & Oil 

Clackamas Carver-Redland Resurface & Oil 

Clackamas Eagle Creek-Dover Resurface & Oil 

Washington Hillsboro-Cornelius Pass Grade, Surface & Oil 


(Continued on next page) 
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(Tentative 1939 Program, Regular Federal Aid Fimds, continued: ) 


County 


Multnomah 


Multnomah 
Clackamas 


Yamhill 
Marion 


Tillamook 


Clatsop 
Clatsop 
Clatsop 
Linn 

Linn 

Linn 
Multnomah 


--- 


T3330 


Highway Project Estimated 
Cost 
COLUMBIA RIVER HIGHWAY (SPECIAL) 
Columbia River Troutdale-Dodson, Grading $ 270,000 
DIVISIONS NOS, 1 & 2 
Columbia River Troutdale-Dodson, Grading $ 51,080 
Pacific, East Abernethy Bridge-llth St., Grad- 
ing & Paving 105,000 
Pacific, West Newberg-Dundee, Crading & Paving 100,000 
W.Portland- 
Hubbard Clackamas Co. Line-Hubbard, Paving 150,000 
Coast Summit-Short Sand Beach, Grading 
& Topping 120,000 
Wolf Cresk Nehalem River Bridge 120,000 
Wolf Creek Rock Creek Bridge 17,000 ** 
Wolf Creek Necanisum-Elsie, Surfacing & Oiling 145,000 ** 
Santiam Sheep Ridge, Grading & Topping 160,000 ** 
Santiam Sheep Creek Bridge 25,000 ** 
Pacific, East Albany (Units 1,2,& 3) Grad.& Pav. 152,000 
--- Projects to be selected 200, GOO 
-4- Planning Survey 25,380 + 
t-- Roadside Improvement 16,920 ° 
Total, Divisions 1 & 2 $1,387,380 


Deschutes 


Lake 


Pacific 
Pacific 
Pacific 
Willamette 
Coast 


Central Oregon 
Fremont 


Ochoco 


iP cch > Un ert yee 


DIVISION NO. 3 


Siuslaw Junction-Ross Station,Pav. $ 190,000 ** 
Bear Canyon Section, Grading 50,000 
Roseburg-Shady Point, Grad. & Pav. 225,000 
Salt Creek Falls-Salt Creek, Grad. 135,000 
Marshfield-Bunker Hill, Grad.& Pav. 128,281 
Planning Survey 9,720 ** 
Roadside Improveinent 6 

Total, Division 3 $ 744,481 

DIVISION NO. 4 
Brothers-Lake County Line, Grad., 

Surf., & Oiling $ 174,531 ** 
Picture Rock Pass-Harris Creek, 

Surf. & Oiling 190,000 *#* 
Mill Creek-Marks Creek,Grad.& Top. 73,000 
Planning Survey 7,830 ** 
Roadside Improvement 220 

Total,Division 4 & 360,581 


ee oe 


7936 


(1938-1939 Grade Separation Program, continued: ) 
Original Revised 


Highway Railroad Project Allocation Allocation 
DIVISION NO. 3 
Pacific Sou.Pac. Wilbur $120,000 Elin. 
Coos R, Sec. " " Bunker Hill (Marshfield) 65,000 $ 61,993 ¢ 
Total, Division No. 3 $185,000 $ 61,993 
DIVISION NO. & 
Delles-Cal. Ore.Trunk Bend (Third Ave.) $ 90,000 § 90,000 
® ° S.P.&G.N. Klamath Falls S.P. = 100,000 120,000 
G.N. 3 iP 
ad sd Scu.Pac. Lobert $0,000 85,000 
Total, Division No. 4 $270,000 $295 , 000 
DIVISION NO. 5 
Old Oregon 
Trail Union Pac. Ontario $190,900 $213,128 ¢ 
Planning Survey —$ 30,000 ¢ 17,650 
Total, ali divisions and Planning $1, 320,000 $1, 344,282 


e - Projects marked thus previously approved and under contract 


SUMMARY BY RATLROADS 


Railroad ——— 
pects ch | 
Southern Pacific $ 699,508 
Union Pacific (0.W.R.& N.Co.) 374,626 
S.P.&S. (Oregon Electric) 210,498 
Great Northern 42,000 
$1,326,632 
Planning Survey 17,650 
ae ee $1,344,282 


TENTATIVE 1939 PROGRAM - REGULAR FEDERAL AID FUNDS 
Estimated 


County Highway Project Cost 
PACIFIC HIGHWAY (SPECIAL) ; 


f 
ee ee ee 


Jackson Pacific Bear Canyon Section, Grading $ 270,000 


4 


7A 
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(1939 Federal Secondary Projects on State Highways, continued: ) 


Estimated 
County Highway Project Cost 
DIVISION NO. 5 (continued) 
Malheur Hooker Creek- 
Jordan Val. Grade, Surface & Oil $ 25,000 ** 
Morrow Heppner-Rhea Cr.Surfacing & Oiling ___25,000 *# 
Total for Division No. 5 $ 122,000 
-- --- Planning Survey $ 5,123 * 
Total, all divisions & Planning Survey $ 365,123 
%* Projects marked thus are to be included in partial pro- 
gramsto be submitted to the Bureau of Public Roads for 
approval. 
TIVE PROGRAM - FEDERAL SECONDARY PROJECTS ON COUN RO, 
Estimated 
County Highway ___ Kind of Work ._ goss ; 
DIV NS NOS. 1 & 2 - . 
Tillamook Tillamook-Netarts Oiling $ 7,000 ** 
Tillamook Wilson River Loop Surface & Oil 12,000 * 
Tillamook Fairview-Clemens Corner Grade, Surface & Oil 6,000 ** 
Washington Hillsboro-Cornelius Pass Grade, Surface & Oil 20,000 
Multnomah Section Line-Hosner Surface & Oil 46,000 
Clackamas Canby~Marquam Oiling 25,000 * 
Clackamas Eagle Creek-Dover Resurface & Oil 15,000 ** 
Marion Silverton Road Grade Raising & Paving 37,000 
Polk Sec.Hwy.191 - Falls City Grade, Surface & Oil 27,000 
Linn Peoria-Harrisburg Oiling 40,000 
Total for Divisions Nos. 1&2 $ 235,000 
DIVISION NO. 3 
Josephine Waldo-Holland Road Bridge over Illinois River $ 12,000 
Lane Oak Hill-Veneta Grading 25,000 
Douglas North Umpqua Grade, Surface & Oil 20,000 2 
Jackson Butte Falls Surface & Oil 20,000 
Total for Division No. 3 $ 77,000 
DIVISION NO. 4 
Gilliam Moro-Hay Canyon Grade & Surface $ 10,000 
Wasco Chenoweth Road Grade, Surface & Oil 16,000 
Total for Division No. 4 $ 26,000 


(Tentative 1939 Program, Regular Federal Aid Funds, continued: ) 


County Highway Project Rojime ted 
DIVISION NO. 5 
Beker Old Ore. Trail Muddy Creek-M.P. 328, Grad.& Surf. $ 120,000 
Union = * Jimmy Creek-North Powder ,Surf.& Oil. 30,000 
Grant John Day Oliver Ranch-East, Bridges »Grade, 
Surf., & Oiling 150,000 *# 


Gilliam Qld Ore. Trail Blalock-Arlington, Grad, ,Surf.& Oil. 154,650 
Umatilla Ore.-Washington Pendleton-Adams, Grading 000 
--- Planning Survey 

--- Roadside Improvement 


Total, Division 5 $ 573,100 


#* Projects marked thus are to be included in partial programs 
to be submitted to the Bureau of Public Roads for approval 


‘ATIVE = ERA. PROJECTS ON STATE HIGHW 
DIVISIONS NOS. 1 & 2 
Clatsop Nehalem Sec. Surface & Oil $ 22,000 ** 
Columbia Mist-Clatskanie Surface & Oil 30,000 #* 
Linn Halsey-SweetHome- 
Brownsville Grade, Surface & Oil 30,000 ** 
Benton King's Valley 
Secondary Grade, Surface & Oil Mat 30,000 
Lincoln Siletz Secondary Grade, Surface & Oil Mat 30,000 ** 
Total, Divisions Nos. 1 & 2 $ 142,000 
DIVISION NO. 4 
Klamath Klamath Falls- Grade Widening, Surfacing & 
Lakeview Oiling $ 25,000 ** 
Lake " " " " " " " n 25,000 es 
Hood River Hood River Sec. Widening, Surfacing, & Oiling 27,000 
Jefferson Warm Springs Surfacing 19,000 
Total for Division No. 4 $ 96,000 
DIviS NO. 
Gilliam Wasco-Heppner Rock Creek Hill, Grading $ 25,000 
Unatilla Sunnyside-Umapine Grade, Surface, & Oil 25,000 *# 
Union Cove Road Grade, Surface, & Oil 22,000 ** 


(Continued on next page) 


1938 
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1938 PROGRAM - STATE PROJECTS ON PRIMARY HIGHWAYS 


County Highway Project Fotimated 
Vv nos. 1&2 

Clatsop Oregon Coast Arch Cape Tunnel, Lining Reinforcement $ 22,000 c 

Tillamook Oregon Coast Little Nestucca River, Bridge 11,000 

Multnomah Mt. Hood Gresham, Retaining Wall 12,800 ¢ 


Total for Divisions Nos. 1 & 2 $ 45,800 


DIVISION NO. 3 


Douglas Umpqua Wilson Ranch-Scottsburg, Oiling $ 16,348 c 
DIVISION No. 4 
Klamath & 
Lake Fremont West Forest Boundary-Horse Ranch, Oil. $ 14,400 c 


DIVISION NO. 


Baker Baker-Cornu. Middle Bridge-Black Bridge, Rock Prod. $ 17,500 c 
Baker Baker-Cornu. Middle Bridge-Black Bridge, 18 Mi.Oil 21,000 
Baker Baker-Cornu. Flagstaff Hill, Surfacing & Oiling 20,000 
Malheur Central Oregon Juntura-Harper, 34 Mi. Oiling 25,607 c 
Wheeler John Day Service Creek-Branson Creek, Oiling 20,330 c 
Total for Division No. 5 $104,497 


¢ ~ Projects marked thus previously approved and under contract 


1938 PROGRAM ~ STATE PROJECTS ON SECONDARY HIGHWAYS 
DIVISIONS NOS. 1 & 2. 


Washington Nehalem Dairy Creek Bridge $ 9,200 c 
Lineoln Siletz Siletz River Section, Surfacing (40%) 35,300 c 
Multnomah Col.Hwy .Bypass Lombard-Killingsworth, Grad. & Top 90 ,000 
Clackamas Molalla Molalla Section, Grad. & Pav. 11,000 


Total for Divisions Nos. 1 & 2 $145,500 


DIVISION NO. 5 


Union Weston-Elgin Forest Boundary-Elgin, G.,S. & 0. $ 47,800 c 
Baker Medical Springs East Unit, Missouri Flat Section, Surf. 100 c 
Total for Division No. 5 $ 51,900 


ce - Projects marked thus previously approved and under contract 
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(1939 Federal Secondary Projects on County Roads, continued: ) 

County ‘Highway Kind of Work an ta 
DIVISION NO. 5 

Wallowa Enterprise-Hurricane Crk. Resurface & Oil $ 19,500 ** 


Planning Survey 52123 
Total, all divisions and Planning Survey $ 362,623 


** Projects marked thus are to be included in partial programs 
to be submitted to the Bureau of Public Roads for approval 


8 GHWAY _P. M 

Original Revised 

Highway Project Allocation Allocation 
- DIVISION NO. 4 

Warm Springs Miller Flat-Agency, Grading $42,000 $ 62,535 ¢ 
Central Oregon ake County Line-Gap Ranch,Surfacing 40,000 7h,973 ¢ 
Central Oregon Lake County Line-Gap Ranch, Oiling 10,000 20 c 

Total for Division No. 4 $ 92,000 $158,300 


DIVISION NO. 5 
I. 0. N. East Unit-Jordan Creek, Grading $122,000 $104,162 c 
I. 0. N. Jorden Creek Bridge and Culverts 33,000 _ 45,015 ¢ 
Total for Division No. 5 $155,000 $149,177 


c - Projects marked thus previously approved and under contract 


TENTA 1 P i -— FED GHWAY 
County Highway Project “or ted 
DIVISION NO. 4 
Wasco Warm Springs Bear Springs-East, Grading $ 25,000 


Klamath (Klamath Falls-Lakeview Bly Mt.-Beatty, Surfacing 80,000 


Total for Division No. 4 $ 105,000 
DIVISION NO. 5 
Malheur I. 0. N. Blue itt. Pass-North, Grading $ 100,000 


19 38 
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recommendation by unanimous vote. The Commission also, by unanimous vote, 
authorized and instructed the Attorney to secure & declaratory judgment with 
respect to the street ends affected by the proposed Oregon City improvement, 
it being the allegation of the Security and Investment Compeny that such 
street ends belong to them, which opinion is not shared by the Commission's 
Attorney. The Engineer was instructed by the Commission to defer the adver- 
tising of the Oregon City project, or any portion thereof, pending settlement 
of the right of way matters and a definite determination as to just how auch 
the state will be required to pay’for such right of way. 


Landscape Engineer Mr. George Otten was present and reported on the 
following matters: 


Monument for Talbot State Park:- The Landscape Engineer advised 
that a committee of representative businessmen of Portland desires 
to erect a monument, consisting of a large boulder and a bronze 
plaque, in this park, honoring the donors of the park, Mr. and irs. 
Guy Talbot, and have askea the privilege of erecting the same in a 
location which meets with the approval of the Highway Commission. He 
said that the Parks Superintendent and he have selected a suitable 
site but that is about as far as they can go until such site has 
been approved by the committee, which, he anticipates, will pass on 
the matter shortly. The Commission aporoved the report. 


Erection of a monument on the Woodburn-Mount Hood Loop Second- 
ary Highway, near Estacada, in Clackamas County:- The Landscape En- 
gineer advised that a Mr. W. M. Wade has requested, in behalf of 
thr Currin-Wade Clan, permission to erect 4 stone marker with 
bronze plaque on this highway at the dividing line between the Cur- 
rin and Wade donation land claims, which is approximately at the 
Currinsville Store, 2 miles north of Estacada. The marker will be 
placed on the west side of the road, he said, and will be approxi- 
mately 25 feet from the center line and will be outside of the 
highway drainage ditch. He gave 4s his thought that this marker 
would have a specific loval interest and would in no way harm the 
best interests of the Highway Department. He recommended that 
the reauest be granted. After due consideration, the Commission 
approved his recommendation by unanimous vote, subject to the con- 
dition that the monument be erected in 4 location which meets with 
the approval of the State Highway Engineer, and that the sponsors 
of the monument will pay all of the costs incident to the erection 
and maintenance of the same. 


There was presented to the Commission a letter from Wm. A. Carter, 
transmitting a copy of his letter directed to the Portland City Council, with 
respect to the claim of Joseph Terresi for damages he alleges he suffered by 
reagon of the construction of the Union Avenue viaduct on the East Portland- 
Oregon City Highway, in East Portland. Mr. Terresi alleges that his proper- 
ty was damaged because of a change in grade of the intersecting city street 

but the claim was heretofore denied by the State Highway Commission. The 
Commission at this time decided not to change its previous decision and ac- 
cordingly ordered the communication filed. 


i a a a es 


TION 0) 


County Highway Project 
DIVISIONS NOS. 1 & 2 
Tillamook Wilson River Mills Bridge-Jordan Crk. ,Oiling(1937 FA) $ 37,000 
Marion Pacific Court Street (Salem), Paving (1935 NRM) 25,000 
Multnomah Columbia Blvd. Airport Road Overcrossing (WPGS) 55,000 
Total for Divisions 1 & 2 $117,000 


DIVISION NO. 3 
Lane Pacific Hill Creek Bridge (1937 FA) $ 17,750¢ 


c - Projects marked thus previously approved and under contract 


The Commission by unanimous vote authorized the Engineer to submit 
to the Bureau of Public Roads for approval the 1938-1939 Grade Separation 
Program, and the projects marked with a double asterisk in the above pro- 
grams; namely, 1939 Regular Federal Aid Funds, 1939 Federal Secondary Projects 
on State Highways, and 1939 Federal Secondary Projects on County Roads. 


The Engineer was authorized by the unanimous vote of the Commissioa 
to make surveys as may be necessary for all projects included in these pro- 


grams. 


The Engineer was also authorized by the Commission, by unanimous 
vote, to change the amounts set up for individual projects as may be necessary 
to check the totals available. 


The matter of financing the state's portion of the construction pro- 
gram had the attention of the Commission. In the discussion of this matter 
it was brought out that the financing of the 1938 program will result in & 

shortage of state funds during the period from July to December, in 
view of which the Commission decided, by unanimous vote, to borrow $750,000 
for a period of six months to eight months, as conditions may require, com- 
mencing about July l, 1938, arid ordered that all necessary arrangements be | 


made to effect such loan. 


The Attorney reported the status of acquisition of right of way for 
the East Portland-Oregon City Highway across the property of the Security and 
Investment Company at Oregon City. He said that he has been approached by 
Mr. Jack Latourette, attorney representing the company, who has suggested 
that the matter be disposed of by a poard of arbitration consisting of three 
members. He recommended against such procedure. The Commission approved his 
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for their damage, but they also want the state to deed to theme 50'x 100! 
tract adjacent to the highway so that they will have a direct connection to 
the highway from a new tract of land that they are buying from another party. 
The Commission decided that the payment of $2,850 to the Robertsons is suf- 
ficient to pay for the damages that they have suffered and accordingly denied 
the request, 


The Engineer reported results of a traffic survey that has been con- 
ducted in the city of Eugene for the purpose of ascertaining whether or not 
the installation of automatic treffic signals is required for public safety, 
and in this connection the Commission reconsidered the request of the city 
that the state pay one-half the cost of such installation. A decision in 
this matter was deferred by the Commission pending a report from the Engineer 
on the cost to furnish and install similar signals in all the cities and 
towns throughout the state. Such report is to be rendered at the next meet- 
ing of the Commission. 


The Engineer also reported the results of the traffic survey that 
has been conducted in The Dalles to determine whether or not the installation 
of automatic flashing signals is justified in this town. The report indicat-- 
ed that there is not sufficient cross-traffic on the highway route to justify 
the expense, and the Commission ordered that the city officials be so in- 
formed. 


The Engineer also reported the results of a conference with the 
Medford City Council with respect to the traffic signals that the city has 
installed on the route of the state highwey through this tom, which traffic 
signals do not conform to the state's requirements. He said that the city 
has purchased two overhead colored signals, one of which has already been 
installed at the intersection of Main and Central Streets, and it was the in- 
tention of the city cificials to install the other one at Main and Riverside 
Streets, but they deferred making the installation pending approval of the 
Commission for such installations. He further stated that the city officials 
allege that the city is financially unable to purchase the corner type sig- 
nals and wishes to know if the Commission will pay the cost of installing 6 
standard type signal at Main and Riverside Streets, estimated at $1,000, pro- 
vided the city will install a similer signal at the intersection of Main and 
Central Streets; and they also want to know whether or not the Commission 
will grant a temporary peruit for the operation of the signals that they now 
have in the event that the state will not pay a portion of the cost of the 
standard signals. After discussion the Commission decided that it could not 
approve any signal installation that does not conform to the type adopted 
by the Commission, even for a temporary installation, because of the confu- 
sion that would result. The Engineer was instructed to so inform the city 
officials and to request the discontinuance of the signals that they now 
have. The Commission also decided to defer its decision with regard to con- 
tributing toward the cost of installation of the standard type signal pend- 
ing the report of the Engineer on the cost to install such signals in the 
other cities and towns of the state. 


The Engineer requestec instructions in regard to the continuation 
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A letter was presented from C. G. Gustafson, McMinnville, in which 
the State Highway Commission was urged to change its plans for the relocation 
of the Pacific Highway West, near the St. Joe Undercrossing, a short distance 
north of McMinnville, so as tocliminate the need to take any of his property. 
The Daganeer advised that it is not contemplated to reconstruct this section 
of the highway in the near future, and recommended that the acquisition of 
the right of way be deferred until such time as it is needed. The Commission 
asproved the recommendation and ordered that Mr. Gustafson be so informed. 


The Commission had under discussion the matter of acquiring from 
the city of Portland the north 10 feet of lots 5, 6, 7, 8, and 9, of Block 2, 
Eastover, and a small portion of Lot 6, Block 88, Irvington Park, which prop- 
erty is needed for right of way for the Northeast Portland Secondary Highway, 
particularly the Lombard-Killingsworth Section thereof. The attorney ad- 
vised that the city wants the state to purchase all of the lots rather than 
just the 10-foot strip, and is asking 40 cents per square foot for the prop- 
erty, whereas the state is now paying only 2 cents per square foot for ad- 
joining oroperty. The Commission decided that it could not deal with the 
city of Portland on any different basis than it does others from whom it is 
buying right of way for this road, but authorized the Attorney to pay 4s much 
as 5 cents per square foot, if necessary. The Attorney was instructed by the 
Commission to negotiate for the acquisition of this property along with the 
city property at Multnomah Falls. 


The Attorney presented a counter offer from William Manley Currier, 
a portion of whose property is being acquired by the state for right of way 
for the revision of the Fremont Highway in Lake County. He said that Mr. 
Currier prefers not to go to court over this matter and has offered to sell 
the three parcels of land that the state needs for the sum of $6,900. He 
recommended settlement on such basis to avoid condemnation. The State High- 
way Engineer concurred therein. The Commission approved the recommendation 


by unanimous vote. 


In connection with this matter, the Attorney advised that Mr. Cur- 
rier would like to have the use of the old road when the new highway is con- 
structed and has stated his willingess to deed to the state other land for 
the storage of maintenance materials if the state will allow the old road 
to be turned over to him. The Commission approved such arrangement. 


The Attorney also reported on the status of acquisition of land 
that is needed for right of way for the Columbia River Highway across prop- 
erty owned by Mrs. Elizabeth W. Griggs. He said that Mrs. Griggs originally 
demanded $350 for her property, which is $250 more than the state's offer, 
but she has finally agreed to accept $125 for the same. He recommended set- 
tlement on such basis. The Commission approved the recommendation unanimously. 


The Attorney discussed with the Commission matters pertaining to 
the Robertson controversy arising out of the construction of the Pacific High- 
way (new route) in the Siskiyou Mountains, Jackson County. He said that the 
Robertsons have delivered a deed for the 11 acres of land contained in the 
slide area and have agreed to accept the sum of $2,850 as settlement in full 


Letter from Lene County Court inquiring as to the plans of 
the Commission to construct, this year, 2 portion of the Christ- 
ner Gap-Veneta Section of the ge-called Route "F" Highway between 
Eugene and Florence. The Court has options for the needed right 
of way, which options expire on April 1, 1938, and wants to close 
the options immediately in the event the Commission proposes to 
construct this section soon. ‘The Commission ordered that the 
Court be informed that it is proposed to construct a portion of 
the Oak Hill-Venete Section this year as 4 Federal Aid Secondary 
Highway Project, in the event that the federal moneys are re- 
leased, and that the Commission has tentatively budgeted $30,000 
for such purpose. Furthermore, that the Commission has set up 
in its tentative program for 1939 construction $25,000 of Federal 
Aid Secondary Highway Funds for the erading of an additional sec- 
tion of this road between Oak Hill and Veneta. 


Resolutions from the City Council of Lakeview and the 20-30 
Club of Lakeview, urging the installation of traffic lights on 
the Klamath Falls-Lakeview Highway at its crossing with the 
Southern Pacific Company's tracks at the west city limits of 
Lakeview, for the benefit and safety of the traveling public. The 
Commission ordered that the petitioners be informed that the Com- 
mission is financially unable to eliminate this traffic hazard at 
the present time but will keep the project in mind for future con- 


sideration. 


Resolutions from the Sherman County Pomona Grange urging 
the designation as a secondary state highway of the county road 
extending from a point m the Sherman Highway, about sa mile north 
of the town of Moro, easterly about $ miles to a connection with 
the Wasco-Heppner Secondary State Hirhway; also, urging the State 
Highway Commission to build the uncompleted portion of a proposed 
highway extending from Heppner through Condon, Kent, and Wamic, to 
a connection with the Mt. Hood Highway. The Commission ordered 


the communications filed. 


Petition simmed by 785 residents and inhabitants of the Broad- 
bent-Powers districts in Coos County, urging the improvement of 
the Powers Secondary Highway. The Commission ordered that the ps- 
titioners be informed that funds are not aveilable to finance such 
improvement at the present time but the project will be kept in 
mind for future consideration. 


Letter from Coos Bay Aerie No. 538, F.0.E., urging the con- 
struction of a nonskid wearing surface on Sherman Avenue, North 
Bend, the route of the Oregon Coast Highway, so as to prevent ac- 
cidents occurring on this street when the pavement is wet or 
frosty. The Commission ordered that the lodge be informed that 
the Commission has approved an expenditure of state highway funds 
to improve the condition of this street and that such work will 
be done as soon as weather conditions are satisfactory. 
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of snow removal operations on the Nortn Santiam Highway, in view of the 
large snowslide that occurred during @ recent storm, blocking the highway for 
about a quarter of a mile just west of Hogg Pass with 10 feet of snow. He 
questioned the advisability of continuing snow-removal operations on this 
road during the balance of the winter in view of the high cost thereof, and 
the fact that the road carries very little trave:. A decision in this mat- 
ter was deferred pending personal inspection of this road by Chairman Cabell 
and the Engineer, who were authorized by the Commission to take final adtion 
on the matter. 


The question of the liability of the Commission for accidents that 
occur on state highways by reason of rocks falling on the highway from ad- 
jacent slopes had the attention of the Commission. It appears that a court 
in one of the eastern states recently ruled that the Highway Department of 
that state is responsible and liable for injuries or damage that occur by 
reason ofrocks falling on the highway, regardless of what may have caused 
the rocks to be dislodged. The Mngineer advised that there are several 
places along state highways in Oregon where rocks are continually falling, 
and particularly mentioned two points on the Columbia River Highway, one at 
the portal of the Mosier tunnel, and the other between Troutdale and the Au- 
tomobile Club bridge. He gave as his thought, in view of the court's ruling, 
that it would be a good idea to comb the slopes above the highway at these 
locations and at other locations where similar conditions obtain, so as to 
minimize the chances of accidents occurring. The Commission concurred in 
the viewpoint of the Engineer and instructed him to se that the slopes at 
such locations are combed thoroughly and that all necessary precautions are 
taken to safeguard the traveling public. 


The Commission set Thursday, March 24, 1938, as the date for its 
next regular meeting for the receiving of bids, and instructed the Secretary 
to make the usual arrangements to hold such meeting in the Auditorium of the 
Public Service Building, Portland, if possible. 


Chairman Cabell left the meeting at 12:15 o'ciock p. m. 


The following communications and petitions hsd the attention of the 
Commission: 


Petition signed by 282 citizens of Baker County, residing with- 
in what is known as the Lower Powder Section, and who travel por- 
tions of the Baker-Hdomestead Highway, requesting that this highway 
be reiouted as follows: leaving the present highway at or near the 
junction with the Keating Market Road and following said market 
road to or near the Merton Bennett farm; thence in an easterly di- 
rection, intersecting the present highway at a point near the iont- 
gomery farm. The petition was ordcred filed. 


Letter from Coos River Grange, Marshficld, requesting the oil- 
ing of the Eastsidc-Allegany Ferry Section of the Coos River Sec- 
ondary State Highway. Letter ordered filed. 
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egpeeed filed inasmuch as this matter was disposed of earlier in 
session when a delegation from Grant County conferred with the 
Commission and it was decided to construct a $2,000 project at the 
westerly end of this road, 50 per cent of the cost to be paid by 
the state and 50 per cent by the county. 


Letter from County Judge Earl B. Day, of Jackson County, with 
respect to the cunstruction of a cattle guard across the Crater 
Lake Highway, in Jackson County. The Commission ordered the com- 
munication filed. 


Letter from Edgar A. Ricker, Grants Pass, urging the improve- 
ment of the Riverbanks Market Road west from Applegate Bridge. The 
Commission ordered the communication filed. 


Letter from the Women's Christian Temperance Union of Oregon 
requesting permission to erect signs on state highway rights of 
way bearing slogans relative to motorists indulging in alcoholic 
liquors. The Commission denied the request as a matter of policy. 


Letter from Coos County Planning Board urging the Commission 
to rebuild the Marshfield-Coquille Section of the Oregon Coast 
Highway at the earliest possible time. It was the Commission's de- 
cision that this project is two costly to undertake at the pres- 
ent time and that the funds available for construction in the vi- 
cinity of Marshfield should be expended for the reconstruction of 
this highway through the Bunker Hill District and for nonskidding 
Sherman Avenue in North Bend before other projects are undertaken. 


Letter from the Curry County Court advising that it is fi- 
nancially unable to acquire right of way for the proposed Squaw 
Creek Road improvement, for which improvement the Commission here- 
tofore allocated $10,000 of U. S. Works Program Highway Funds. 

In view of this letter the Commission decided to delete this proj- 
ect from the construction program. 


Letter from V. H. Todd, Resident Engineer, W.P.A., Eugene, 
advising that the Lane County Court proposes to construct, as @ 
W.P.A. project, 2 miles of crushed rock sidewalk along the 
Junction City-Eugene Secondary Highway (old route of the Pacific 
Highway), north and south of a place known as Santa Clara, and 
inquiring whether or not the State Highway Commission will as- 
sume the responsibility for the maintenance of this sidewalk aft- 
er it is constructed. The Commission refused to assume such re- 
sponsibility and ordered that Mr. Todd be so informed. 


Letter from A. Zundel, County Agent, Clatsop County, request- 
ing the privilege of maintaining special signs on state highway 
rights of way at the points where such highkeys enter Clatsop Coun- 
ty, directing homeseekers to his office. The Commission denied the 
request as a matter of policy. 


Resolutions from Winema Grange, Birkenfeld, Oregon, an¢ Nehalem 
Valley Grange, Vine Maple, Oregon, urging the oiling of the Nehalem 
Secondary Highway between Mist and the Oregon Coast Highway junction. 
The Commission ordered the communications filed. 


Resolution from the Mid-Columbia Chamber of Commerce urging the 
construction of e water-grade highwey through the Columbia Gorge. or- 
dered filed without action. 


Resolution from Pomona Grange No. 33, Ontario, Oregon, asking 


the Commission to designate as 4 secondary state highway that por- 

tion of the Nyssa-Jordan Valley Road between Homedale Junction and 

Malloy Ranch, which section was recently removed from the Secondary 
Highway System by joint action of the Malheur County Court and the 

Commission. The Commission denied the request. 


Letters from Mrs. D. L. Stevens, Prescott, Oregon, relative to 
reconstruction of the Columbia River Highway between Goble and Rai- 
nier, in Columbia County. The Commission ordered the communications 


filed. 


Letter from James J. Schivary, Portsand, urging the Commission 
to alleviate a trafic hazard which, he alleges, exists at the junc- 
tion of Columbia Boulevard with Sandy Boulevard (Columbia River High- 
way), in Portland. The Engineer advised that this matter was inves- 
tigated and additional signs erected, which apyerently is satisfac- 


tory to Mr. Schivary, 


Letter from former State Highway Commissioner, Carl G. Washburne, 
Eugene, giving as his understanding thet Linn County was to be re- 
lieved of its obligation to contribute 25 per cent of the cost of con- 
structing the Santiam Highway when that highway was placed on the Fed- 
eral Aid System, The Commission ordered the communication filed for 
consideration when the mtter of Linn County's indebtedness is again 
brought up for discussion. 


Letter from Grants Pass Chamber of Commerce, in which the Com- 
mission was asked to assist in securing a special allocation of 
funds by Congress to finance reconstruction of the Pacific Highway 
from Grants Pass to Roseburg and to complete reconstruction of this 
highway through the Siskiyou Mountains. The Commission decided 
that the time is not propitious to ask Congress for such appropria- 
tion and accordingly denied the request. 


Letter from 0. Henry Oleen, State Representative, St. Helens, 
expressing the hope that the State Highwey Commission will continue 
the straightening and widening of the Lower Columbia River Highway. 


The Commission ordered the letter filed. 


Petition signed by 65 residents or Monument and Kimberly, Grant 
County, urgimg the reconstruction of the Kimberly-Monument State 
Highwey at the earliest possible time. The Commission ordered the 
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Letter from Mayor Charles H. Huggins, Marshfield, urging the 
Commission to adopt a route for the Oregon Coast Highway through 
Marshfield at the earliest possible time so as to allow the under- 
taking of contemplated improvements by the city on some of its 
property that may not be needed for right of way. The Commission 
decided that such funds as are available for expenditure in Marsh- 
field and North Bend should be confined to improvement of the Bun- 
ker Hill Section and the nonskidding of Sherman Avenue in North 
Bend, and until these projects are completed it would not be advis- 
able to select a route through Marshfield, particularly in view of 
the high cost of this project. The Engineer was instructed to so 
inform Mayor Huggins. 


Petition signed oy 101 residents of Nashville, Oregon, and vi- 

: cinity, requesting the improvement of the Eddyville-Blodgett Second- 

ary State Highway, said vetition having been presented by the Cor- 
vallis Chamber of Commerce. The Commission ordered that the Cham- 
ber of Commerce be informed that the Commission must deal with the 
county courts of the respective ccunties in the selection of proj- 
ects on secondary highways, and that the construction program of 
the counties concerned in this improvement has already been agreed 
upon by the Highway Gommission and the county courts. 


Letter from J. W. Raynard, Hillsboro, requesting the oiling of 
the Hillsboro-Newber; Section of Secondary Highway No. 140. The 
Secretary was instructed to inform Mr. Raynard that the Commission's 
finances are at a low ebb at the present time and that the Commis- 
sion regrets that it does not have the money to spare to -ndertake 
this nroject this year. 


Resolutions from Natal Grange No. 302, Mist, Oregon, and Ver- 
nonia Grange, Vernonia, Oregon, requesting the surfacing and oiling 
of the Nehalem Secondary Hichway between Mist and the Oregon Coast 


Highway junction. The Commission ordered the communications filed. 


Letter from Margaret P. Lamb, Regent, Eulalona Chapter, 
Daughters of the American Revolution, requesting permission to 
erect a monument on the Crater Lake Highway at its jumction with 
The Dalles-California Highway, marking the site of old Fort Klamath. 
The matter was referred to the Engineer with power to act. 


Request of lir. A. C. Anderson, Salem, for permission to trans- 
port a donkey-engine sled, dismantled, having an overall length of 
73 feet, over the Oregon Coast Highway from Agate Beach to Mohler. 
The Commission denied the request, it appearing to the Commission 
that the transportation of such @ long piece of equipment over this 
highway, which contains numerous sharp curves, would create too 
great a hazard to the general traveling public. 


The Engineer reported that, in accordance with authority previous- 
ly granted him by the Commission, he has ordered a number of surveys since 
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Resolution from the Klamath Falls City Council whereby the Coun- 
cil goes on record as being opposed to any reduction by Congress of 
the fiscal year 1939 Federal Aid Funds. The Commission ordered the 
communication filed. 


Letter from Robert W. Sawyer, Bend, with respect to @ proposed 
Third Avenue railroad grade weparation project in Bend. The Secre- 
tary was instructed to inform Judge Sawyer that this project is in 
the Commission's tentative program for construction this year and 
that a contract will be awarded next fall for the construction of 
the same unless unforeseen difficulties arise in the meantime. 


Letter from Senator F. M. Franciscovich, Astoria, requesting the 
oiling of the Wolf Creek Highway between Elsie and Necanicum. The 
Engineer was instructed to inform Senator Franciscovich that the Com- 
mission has budgeted this year an amount for surfacing end the con- 
struction of bituminous macadam on this highway between Necanicum 
Junction and Elsie, provided the 1939 Federal Aid Funds are released 
by Congress; but, due tc shortage of state funds with which to match 
the federal funds, it is not likely that the contracting of the work 
can be done until fall. 


Letter from E. E. Wilson, State Game Commissioner, relative to 
the erection and maintenance of a sign on the right of way of the 
Pacific Highwy West, at its junction with the road leading to the 
State Game Farm a short distance north ef Corvallis. The Engineer 
advised that Mr. Wilson has in mind to erect 4 large sig containing 
a lot of detailed information with respect to the game farm. Such 
sign, he said, would not be in accordance with the Commission's poli- 
cy with respect to sign matters and he suggested that the request be 
denied but that there be erected on the highway, in lieu thereof, one 
of the Highway Department's standard 30"x 53" finger-board signs, di- 
recting traffic to the Game Farm. The Commission approved the Engi- 
neer's recommendation and ordered that Mr. Wilson be advised accord- 


ingly. 


Letter from C. W. E. Jennings, Valley Falls, requesting the aid 
of the State Highway Commission in securing the continuation of the 
Burns-Valley Falls mail route, which, he said, will probably be dis- 
continued unless protest is made to the U. S. Post Office Department. 
It appeared to the Commission that thig mail service is of no partic- 
ular value to the State Highway Department or to the state as a whole; 
hence the request was denied. 


Letter from Allison Dean & Company, realtors, Portland, asking 
the Commission to construct a shelter shed on the Canyon Road Section 
of the Tualatin Valley Highway for the benefit of school children who 
are required to wait for school buses, and for the benefit of pros- 
pective real property purchasers and people who use the buses going 
to and from the Westhills Golf Course. The Commission denied the re- 
quest as a matter of policy. 
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Foot Path - - - 2-2812 - Marys River-Lincoln School, Pacific West, Benton 
County. lst authorization - $150.00 

Location - - 210-2811 - Lorane-Anlauf Sect. County Road, Douglas County. 

2nd authorization - $700.00 

Total to date $ 7,500.00. 

Location - - - 22-2809 - Albany Grade Separation, Pacific Highway East, Linn 
County. 4th authorization - $2,000.00 
Total to date $17,000.00. 

Location - - 224-2816 - Salem-Independence Sect., Halls Ferry County Road, 
Marion County. lst authorization - $4,200.00 

Quarry - - - - 12-2813 - Dixie Summit-Deer Flat Sect., John Day Highway, 
Grant County. lst authorization - $750.00 

Location - - 2262830 - Lombard-Sandy Sect., N.E. Portland Highway, Multno- 
mah County. 6th authorization - $500.00 


Total to date $6,000.00 


Location - - - 26-2828 - Union-Denver Ave, Sect., Pacific Highway East & West 
Multnomah County. 4th autherization - $2,500,00 
Total to date $5,000.00 


Location - - - 24-280 - Salem-Pringle Creek Sect., Pacific Highway Eest, 
Marion County. 3rd authorization - $700.00 
Total to date $3,500.00 


Relocation - 123-2812 - Owyhee River-Blue Mountain Pass Sect., I.0.N. Hwy. 
Malheur County. 2nd authorization - $1,500.00 
Total to date $3,500.00 


Prospect for - 18-2823 - Walker Mountain-Gold Lake Trail Sect., Willamette 
Materials Hwy., Klamath County.lst authorization - 1,000.00 


The motion was duly seconded by Commissioner Aldrich and was declared to 
have carried. 


The Commission had under consideration a request from the Consoli- 
dated Highway Company, Inc., for an extension of time of 11 days, from August 
31 to September 11, 1937, within which to complete their contract No. 1958 
for the construction of the Pendleton-Mytinger Section of the Old Oregon 
Trail, in Umatille County. They attributed their failure to complete the 
project within the specified time Limit to an increase in quantities over 
those contemplated in the original estimate. The Engineer advised that the 
reason given by the contractor for failure to complete the project within the 
specified time limit is substantially correct. He further advised that the 
traveling public has not been inconvenienced by the delay and the state has 
not incurred any extra expense for engineering supervision. He recommended 
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thorized and instructed to 
the highways of this state, 


for such survey expenditure, 


---—- = 


Locatio’ 


Quarry & Stock - -14-2812 - 
Pile 


Raise Grade Line - 29-2824 - 


the last meeting of the Commission. 
asked the Commission to confirm the action. 
was made by Commissioner Tou Velle that the State 
make such location surveys on various sections of 


which said sections of highways, together with 
their identifying survey numbers and the amounts authorized and allocated 


Right of Way - - - $-2809 - 

Location - - - - 35-2806 - 

Location - - - - - 9-2816 - 

Prepare Plans - - 18-2822 

Prepare Plans - - 9-2812 - 

Quarry & Stock - 23-2814 - 
Pile 

Quarry & Stock - 12-2812 - 
Pile 

Stock Pile Site - 121-2812 - 

Reconnaissance 4-2818 - 
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He presented a list of such surveys and 
After due consideration, motion 
Highway Engineer be au- 


are as follows: 


- Mill Creek-Marks Creek Sect., Ochcco Highway , 
Crook County. 
Total to date $ 7,400.00. 


6th authorization - $750.00 


16-2806 - Terrebonne-Madras Sect., The Dalles-California 


Highway, Jefferson County. 

lst authorization $12,600.00 
Parkdale Section, Mt. Hood Highway, Hood River 
County. lst authorization - $350.00 


Kilchis River-Cloverdale School, Wilson River 
Highwey, Tillamook County. 

lst authorization - $ 80.00 
Azalea Park Road, Oregon Coast Highway, Curry 
County. lst authorization - $300.00 


Kinzua Junction-Butte Creek Ranch, John Day Hwy. 
Wheeler County. 2nd authorization - $150.00 
Total to date § 1,650.00. 


Bend-Lava Butte Section, The Dalles-California 
Highway, Deschutes County. 
lst authorization - $400.00 


- Bly Mountain-Beatty Section, Klamath Falls-Lake- 


Klamath County. 

lst authorization $3,000.00 
Brothers-Gap Ranch Sect., Central Oregon Hwy., 
Deschutes County. 2nd authorization $ ,025.00 
Total to date $ 4,450.00. 


view Hwy., 


Juntura-Cario Junction Seet., Central Oregon Hwy. 
Malheur County. lst authorization - $720.00 


Flat Creek-John Day Sect.,John Day Highway, 
Grant County. lst authorization - $320.00 


Siletz Section, Siletz Secondary Highway, Lin- 
coln County. lst authorization - $175.00 


Cannon Beach Junction-Cannon Beach, Oregon Coast 
Highway, Clatsop County. 


lst authorization $1,200.00 


lows: 
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The Commission considered and signed agreements, et cetera, 4s fol- 


Agreement with Tillamook County relative to the purchase of 
county-owned equipment for use on the Wilson River Highway W.P.A. 
Project. 


Agreement with Erickson and Schmidt Logging Company relative 
to the transportation of logs across state property adjacent to 
the Salmon River Highway, in Tillamook County. 


Agreement with Contractor L. H. Hoffman, providing for the 
advance payment to Mr. Hoffman for structurel steel purchased 
for use in connection with the construction of the Quartz Creek 
Bridge on the Wolf Creek Highway. 


Agreement with the State of Oregon Department of Agricul- 
ture. with respect to the vacation of certain rooms by the High- 
way Department in the Agricultural Building, Salem, and with re- 
spect tc the purchase of certain facilities left in certain rooms 
for the benefit of the State Department of Agriculture. 


Agreement with Tillamook County Court covering the subject 
of acquisition of a timber strip along the Wilson River Highway, 
in Tillamook County, from the Weyerhaeuser Timber Company. 


Agreement with Mr. Shirley Kingsbury, providing for payment 
to Mr. Kingsbury of the sum of $500 in lieu of reconstructing his 
pipe line on the Medical Springs Secondary Highway, in Union Coun- 
ty. 


Agreement with the city of Hood River relative to lighting 
the Hood River Bridge on the Columbia River Highway at Hood River. 


Agreement with Schneer, Williams & Gentemann, contractors 
for the furnishing of rock for the Shuttler Flat-Condon Section 
of the John Day Highway, contract No. 2034, providing for a change 
in the quarry site to be used in connection with this job. 


Agreement with the Columbia River Packers' Association rela~ 
tive to the purchase of property known as Rooster Rock adjacent 
to the Upper Columbie River Highway, in Multnomah County. 


Agreement with the Oregon American Lumber Corporation pro- 
viding that the state shall retain title to certain steel girders 
that are to be used by the corporation in the construction of its 
railroad over the Wolf Creek Highway at or near highway engineer's 
station 1042 + 99.8. : 


Agreement with E. W. Williamson et al, providing for payment 
to Mr. Williamson for damage that occurred to his property by 
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that the extension of time requested be granted without penalty and present- 
ed a letter from the Bureau of Public Roads concurring therein. The Com- 
mission approved the recommendation by unanimous vote. 


The Enineer reported that contracts Nos. 1915, 1958, 1967, 1998, 
and 2010 for the construction of state highway projects have been completed 
according to the requirements of the contracts or modifications thereof and 
that said jobs are now ready for acceptance. The following resolution ac~- 
cepting the above orojects was offered and was adopted by the unanimous vote 
of the Commissions 


WHEREAS, the Engineer has reported that the following 
State Highway Commission contracts for the construction of state 
highway projects have been completed according to the terms and 
provisions of the contracts and said jobs are now reddy for ac- 
ceptance: 


Contract No. 1915, with Hoffman Construction Come 
pany, for construction of an undercrossing to carry Mil- 
waukie Avenue over the East Portlard-Oregon City Highway, 
in Portland, Multnomah County. Completed August 28, i937. 


Contract No. 1958, with Consolidated Highway Company, 
Inc., for grading, surfacing, and oiling the Pendleton- 
Mytinger Section of the Old Oregon Treil Highway, in Uma- 
tilla County. Completed September 11, 1937. 


Contract No. 1967, with E. C. Hall, for furnishing 
crushed rock for the Bend-Crescent Section of The Dalles- 
California Highway, in Deschutes County. Completed Octo- 
ber 4, 1937. 


Contract No. 1998, with Babler Bros., for grading 
and surfacing the Leke County Line-Gap Ranch Section of 
the Central Oregon Highway, in Harney County. Completed 
January 12, 1938. 


Contract No. 2010, with Frank Watt Construction Com- 
pany, for the construction of a timber bulithead on the Mt. 
Hood Highwey, in the town of Gresham, in Multnomah County. 
Completed January 31, 1938. 


THEREFOKE, BE IT RESOLVED that the work covered by said 
state highway contracts for the construction of said state highway 
projects be declared completed according to the terms of the re- 
spective contracts, and said jobs are hereby accepted and final 
payment in connection with each is hereby authorized. 
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Portland, Oregon, March 23, 1938 


The State Highway Commission met in regular session at 7:30 o'clock 
p. m. in Room 204, Benson Hotel. Present were: 


Henry F. Cabell, Chairman 

E. B. Aldrich, Commissioner 

F. L. Tou Velle, Commissioner 

R. H. Baldock, State Highway Ingineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


The Commission by unanimous vote approved the minutes of the neet~ 
ings held on November 29, 30, and December 1, and on December 21, 1937. 


The Commission had under discussion matters pertaining to the in- 
debtedness of Linn County to the state for construction of the South Santiam 
Highway, in Linn County, and in connection therewith a letter from Mr. Carl 
G. Washburne, former State Highway Commissioner, in which Mr. Washburne 
states that, as he recalls it, when he was State Highway Commissioner an uwn- 
derstanding was had with the Linn County Court that the county would be re- 
lieved of the customary 25 per cent county participation for the construc- 
tion of this road after it had been designated a federal aid highway. A de- 
cision on the matter was deferred by the Commission pending further investi- 
gation. The Engineer was instructed to consult Mr. Leslie M. Scott, former 
chairman of the State Highway Commission, and ascertain in writing whether 
or not he recalls any such understanding. 


Consideration wes given by the Commission to the matter of secur- 
ing a forgery bond to protect the state against loss in the event of defalca- 
tions by state highway department employes or others. Chairman Cabell ad- 
vised that, pursuant to authority granted him by the Commission at the pre- 
vious meeting, and after giving the matter serious thought he has authorized 
the purchase of a forgery bond in the amount of $100,000. Commissioners 
Aldrich and Tou Velle confirmed the action taken by Chairman Cabell in this 
matter. The invoice of the National Surety Corporation, amounting to $605, 
for a $100,000 bond, running for a period of three years from February 19, 
1938, was thereupon approved by the Commission for payment. 


The Commission then discussed the matter of purchasing a blanket 
fidelity bond covering highway department employes who are engaged in occu- 
pations that require them to be bonded, and in connection therewith consid- 
ered the offer of the National Surety Corporation to furnish such bond at a 
reduced rate. The Commission decided that it would be advantageous to have 
the blanket bond if a savings in premium could be made and if the office rou- 
tine in handling the bonds could be reduced. However, it was the thought of 
the Commission that all bonding companies authorized to do business in the 
State of Oregon should be given an opportunity to furnish such bond. Accord- 
ingly it was decided that the matter of furnishing such bond should be ad- 
vertised for bids to be received at the next regular meeting of the Commis- 
sion. The matter was referred to the Ingineex, the Attorney, and the Secre- 
tary, to work up the details. 
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reason of the construction of the Ontario Grade Separation Project, 
in Ontario, Malheur County. 


Agreement with the City of Klamath Falls relative to the recon- 
struction of Main Street, Klamath Falls, under the tracks of the 
Southern Pacific Company. 


Agreement with the Oregon-Washington Railway and Navigation Com- 
pany, Union Pacific Railway Company, County of Multnomah, and County 
of Hood River, whereby the railroad companies grant an easement to 
the state to reconstruct the Columbia River Highway partially on rail- 
road company property between Zagle Creek and Cascade Locks. 


Bargain and sale deed conveying unto Julia S. O'Brien and Bert 
O'Brien 0.11 acre of land situate in Government Lot 4, Section 32, 
T. 10 S., R. 11 W., W. M., Lincoln County, Oregon, being outside of 
the standard width highway right of way. 


Bargain and sale deed conveying unto George B. Campbell and 
Dorothy Campbell 0.90 acre of land situate in Government Lot 1, Sec- 
tion 32, T. 10 S., R. 11 W., W. M., Lincoln County, and being out- 
side of the standard width highway right of way. | 


Bargain and sale deed cc1veying unto R. B. Johnson 12,471 
square feet of land in Lot 3 of Block G, city of John Day, Oregon, 
and lying outside of the standard width highway right of way. 


Quitclaim deed conveying unto the Southern Pacific Company a 
parcel of land containing 5,607 square feet adjacent to S.E. 13th 
Avenue, Portland, pursuant to previous agreement and understanding. 


Quitclaim deed conveying unto the Southern Pacific Company a 
small tract of land containing approximately 1,300 square feet along 
the Oregon Coast Highway north of Coos Bay. 


Quitclaim deed conveying unto Ernest Koble 0.13 acre of land lo- 
cated in the N.E.+ of the S.E.j of Sec. 17, T. 40 S,, Re 2 E., W.M., 
Jackson Comty, being a 50 x 100-foot area on the west side of the 
Pacific Highway (new route) south of Ashland. Conveyarve is pursuant 
to an agreement between the Commission and Mr. Koble daved October 22, 
1937. 


There being no further business to come before the Commission at 
this time, the meeting was adjourned at 1:00 o'clock p. Mm 


" State Highwey Engineer 
4 . 
a i 
Secretary Commissioner 


4 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Wi River-Modoc Point Secti —- The Dalles—Calif 
5595-Butler, Bybee 3.07 $40 per a.plus $153.95 Benson 
5590-Kirk, Roland " 3.19 $20 pera." $162.7 " 
5588-Kirk, Abner ® 1.53 $20 pera. " $§ 80.50 " 
5597-Latches, Alameda n 3.07 $30 pera. " $146.00 " 
5598-Latches, Lloyd and 

Chauncey Miller n 1.54 $30 pera. " $78.00 " 
5582-Captein, Susan, Heirs " 2.94 1.21 a. at $35 per a. 


1.73 a. at $20 per a. 


$30 ver a. plus $ 68.00 
$40 per a. plus $ 68.00 " 


plus $90.10 * 
5589-Lobert, Heirs Hagar 5. $20 ver a. ° 
558,-Butler, Clarice 3. $20 per a. " 
5589-Kirk, Joseph, heirs - p $20 per a. plus $113 " 
§592-Burton, C. S. " 0. Gretis * 
5593-Butler, Josie, heirs " 0. $40 per a. plus $ 23,60 " 
5596-Johnson, James 3. $35 per a. plus $151.10 " 
1. " 

4 


5603-Weeks, Daniel Watson 
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" 

5600-Weeks, Prim, heirs « 
" 

" 


5604-Smiley, John, heirs 1. $30 per a. plus § 34.00 " 
5608-Lobert, Hagar, heirs Borrow Pit 13. 20 per a. ® 
5609-Captain, Susan, heirs " " 5. $20 per a. " 
5599-Beal, Dodgie, heirs R/W 1. $30 per a. plus $ 78.00 " 
5602-Weeks, Jake, heirs % 3. $40 per a. plus $151.85 " 
5606-Nelson, Marion n  » 5.71 a. at $50 per a. 
1.47 a. at $20 per a. 
plus $102.00 " 
5607-Chocktoot, Lola and 
Anna May Huitt " 3.09 $30 per a. plus $146.85 " 
5610-Wilson, Henry, heirs "and 27.61 26.46 a. at $20 per a. 
Gravel Pit 1.15 a. at $30 per a. 
plus $88.40 ” 
5585-Cleveland, Charles B/W 3.58 $20 pera. " 
Hill Creek Section ~ Pacific Highway 
5505-Everson, G.E. and 
Sadie E. Kraft R/W 0.519 Lump Sum, $100 Collins 
Al Overcrossing Section - Pacific Hirhway Fast 


5704-Fellers, F.M., Estate 447 sq.ft. To be exchanged for 
909.13 sq.ft.of land 
outside R/W,plus $50 Gardiner 


5139-Standard Oil of Calif. be 9219 sq.ft. Equal exchange of 


property plus $4529 . 
4955-Kitchen, Melissa J. = 4400 sq.ft. 10f sq.ft.plus $1360 " 
5518-Albany Seed Company " Moving and re-establishing plant, 


$9000 Lump Sum 
4963-Howard, J. F. & Mary B. " 10890 sq.ft. $0.07 sq.ft. 


Clackamas County ~ Mt. Hood Highway 
977- Fischer, Pearl M. Stock Pile 0.88 $150 per a. plus $88 McChesney 
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The Engineer requested authority to acquire certain parcels of real 

that are needed for various highway improvements throughout the 
state. He submitted a list of such properties and prices that he recommended 
be paid for each. After careful consideration the Commission approved the In- 
gineer's request and by wmaninious vote adopted the following resolution in re- 
gard thereto: 


WHEREAS, in connection with the further improvement of the 
highways hereinafter designated, it is and has been necessary to ac- 
quire property for right of way, quarry sites, gravel or other m~- 
terial sites, or sites for the storage of materials, as hereinafter 
more definitely set forth; and 


Whereas, as a result of negotiations carried on with the 
owners of the oroperty required, options have been obtained, which 
options have been considered by the Commission, outlining the bases 
of settlement which have been agreed upon; and 


WHEREAS, it is the judgment of the Commission that the 
said options should ve approved and accepted, and/or the said re- 
ports be declared acceptable to the State Highway Commission as 
bases of settlement for the properties involved, and that the ac- 
quisition of the properties should be completed; 


NOW, THEREFORE, BE IT RESOLVED that the several offers, 
or bases of settlement hereinafter enumerated be, and the same here- 
by are, approved and accepted, and that the Attorney for the State 
Highway Commission be, and he hereby is instructed to complete the 
acquisition of the said properties and to take title thereto in the 
name of the State of Oregon. The said properties hereby ordered 
and authorized to be acquired are as follows: | 


Section, Mwy., and Owner Purpose Acres Approximate Amounts Agent 
Pacific Highway-Yele ch Section - McKenzie Hi 


5712-Riggs, Nellie Stock Pile 0.8% Lump Sum, $175 J.G. Toole 
State to fence 


Gold Hill-Dodge Bridge Section ~ Samg Valley Hishway 
5552-Potter, Ford Stock Pile 1.0 Lump Sum, $100 Collins 


Hermiston-Columbia School Section - Hermiston Highway 
5544-McGilva, C. T. d 0.23 $100 per a.plus $61 Wells 


Meadow Brook Section — Star Highwa: 
5757-Plunkett, Jerse RAW 4.18 $10 per a.plus $329 Wells 
5.5 


&-Grande Ronde Reservoir Co. " 52 2.0 a. at $55 per a. 
ss ure ; 3.52 a. at $10 per a. 


sfic Hi plus $361 
Lane County Section ~ Pacific Highway ; 
5789-Decker, Mary E. Stock Pile 0.62 Lump Sum, $150 J.G. Toole 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


C on - Ore cast Hi 
Le conte J.Est. 0.37 Lump Sum, $25 Collins 


Scale Site 
5316-3, " s " Est. R/W 1.62 Lump Sum $75 " 
Narrow: ote Flat t = len 
5464-Cone, Lou D. 0.04 Lump Sum, $5 Wells 
54,60-McKenzie,Alexander Est. " 0.54 $30 per a.plus $34.50 " 
5461-State Land Board " 1.65 $2U per a. McCallister 
5463-Shafer, Alton G. " 6.14, $6 pera. plus $162 Wells 
54$2-School District No. 9 ¥ 1.43 Gratis * 
oF tz Section - etz 
5668-Bahrke, Eric 0.32 $200 per a. McCallister 


rnville-Siletz Section -— Siletz Highwe 

5711-Shaner, Harry L. R/W 2.326 $50, Lump Sum McCallister 
e-ior, Section - Oregon-Washington Highway 

Sthi-Eklebersy, Roy L. Stock Pile 2.47 10-yr. Lease, $2 yr. Wells 


Metzger ercrossing Section-Washington County - Aurora-Beaverton Hi 
5T32-' » Helen 4495 sq.ft. Lump Sum, $50 

‘( .103 a.) plus $25 Collins 
Sherman County - Sherman Highway 
5521-Eastern Oregon Land Co. S.P. 0.50 $10, Lump Sum Benson 
5624-Eastern Oregon Land Co. " 1.10 $15, Lump Sum n 
5933-Eastern Oregon Land Co. " 1.12 $15, Lump Sum ® 
Tillamook-Jordan Creek Section - Wilson River Highway 
5707-Kunzi, John Seale Site 0.189 $250 per a. plus $265.75 

McChesney 


Gibbs Ranch-Baker Section ~ Baker-Unity Hichway 
5810-Kimball, Clara Gravel Site 30-day Lease, 3¢ per cu.yd. 
for material taken Williams 


North Powder-Haines Section - 01d Oregon Trail 

[ue Toten Pacific R.R. Co. R/W 9583 sq.ft. 5é per sq.ft. Gardiner 

Corbett—Tunnel Point Section - Columbia River Highway 

1816-Griggs, Elizabeth W. 0.36 $125, Lump Sun. Parker 
" 


1829-Mary J. Stites R/W 4.27 Lump Sum, $500 
Drews Valley Section - Kiemath Falls-Lakeview Highway 
5347-Enquist, Emil Quarry Site 13.77 $500, Lump Sum Benson 
se e-Otis Section ~ Salmon River Highwa 
5677-Gregory, Henry H. 0.28 $100 per a. plus $37 
McChesney 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


-Fossii - Joi 
913- Hoover, W. W. Stock Pile 0.83 Lump Sum, $50.00 Wells 


Killingswo ombard ‘ NE. Portland Highway 
5404-Rath, Wm. ; 505 sq.ft. sq.ft. Parker 
5406-Taggart, Eugenie &, " 6537 sq.ft. 7 sq.ft. plus $27.41 " 

hamberlain, Hazel " 5190 sq.ft. 3¢ sq.ft. " 
5424-Pratt, Edwin " 6018 sq.ft. 3¢ sq.ft. plus $51.00 " 
5426-Hall, Jom i. " 9291 sq.ft. 3¢ sq.ft. plus $80 " 
5432-—Snyder, Leo W. " 26258 sq.ft. 2¢ sq.ft. plus $233.75 " 
5422-Gwitzer, Janet Warnock " 5700 sq.ft. 3¢ sq.ft. plus $174.00 " 
5423-Switzer, Janet Warnock 

and David W. " 6018 sq.ft. 3¢ sq.ft. plus $20.00 " 
5431-Northwestern Nat'l Bank " 79751 sq.ft. 2¢ sq.ft. " 

(Correction) 
5407-Forsberg, Minnie " 2677 sq.ft. é sq.ft. " 
5435- , Enil F. sd 2503 $871.20 per a. ,equals 

2¢ sq.ft. 

§405-Peik, Carrie M. " 587 sq.ft. sq.ft. plus $158.91, 


plus moving bldg, 
(Estimated at $1195) 
54i4-Mike Bosli Heirs " 13150 sq.ft. 2¢ sq.ft. plus $837.00 


Viento-Memaloose Section - Columbia River Highway 
5928-Krussow, Edgar Stock Pile 0.15 Lump Sum, $40 Chandler 


Eagle Creek-Cascade Lucks Section ~ Columbia River Highway 
4677-McGowan, P.J. & Sous R/W 0.656 Lump Sum, $50.00 Collins 


outdale omah F, ect. - Col ver hwa: 
1821-Griffith, Caroline D. 8.47 -527 per 4. Parker 
. He Section - Columbia River Hi 
5529-Columbia County 4 lots $107 Lump Sum McChesney 
5860-Columbia County " 2 lots $21 per lot " 


5'729-McCormick Lumber Co.,Chas.R. R/W 0.19 $500 per a. plus $5 
plus mov'g F.& E.sign 8 


Dillon—J tion — Columb ver ] 

5709-Carlisle, Walter H. Stock Pile 0.49 $50 Lump Sum Chandler 
on-Po ord Section — Oregon Coas 

5522-Trott, G. E: Stock Pile 1.0 $100 Lump Sum Collins 

(Federal Land Bank) 

5524-Sabin, W. U. Quarry Site 2.7 5-yr.Lease, 3¢ cu.yd. ® 

5525-Smith, Frank Stock Pile 1.0 $100 Lump Sum 

5523-Sabin, W. U. Stock Pile 1.0 $100 per a. * 

Siletz aN ection - m C 

43 ,John (Correction 0. “ump Sum $175 McCallister 
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The Commission had under consideration the adoptian of a policy 
with respect to deferring the acquisition of right of way for highway proj- 
ects until such time as the right of way is actually needed for construction. 
A decision in the matter was deferred wmtil the next regular meeting of the 


Commission. 


The Attorney presented for the consideration of the Commission the 
following properties on which it has not been possible to reach satisfactory 


settlements: 
File 
No. Owner 


se Section 


Price Price recom- 
Demanded mended by 
Owner Attorne 


The Dalle lifornia Highwa 
5605-Lamm Lumber Co. 1 Williamson River-Modoc Point Would not $423.00 


5594-Baker, Clara A. " 
5591-Dent, Lloyd M. n 
5586-Melhase, Richard 


5587-Melhase, Richard & " 
heirs of Joe Ball 


5825-R. A. Sutton and " 
W. C. Fixley 


Northeast Portland Highway 
5425-Williems, F. B. R/ 
5434-Schneiter, Ru- ® 


dolph Est. 
5421-Hafner, R. A. ¥ 


Nehalem 
5557-Roberson, 


Pa c Hi 
5160-Riley—Scott 
5558-Jensen, A.C. n 


L.H. R/W 


East 


5710-Rhodes, G. E. bd 
5158-Houston,Safley 

& Sears 
5159-Fox, 3. A. n 


5303-Jordan, S. C. 
4972-Brom, S. J. 


5129-Eagles, Amy 
5507-Vandran, C. A. " 


R/W 
4955-RitehenselAase (Inoenp) R/S 


R.R.Exch. 


" " " 
" " 1 
" " " 
n " " 


Lakeview Junction 


Lombard-Killingsworth 


Mile Bridge 


Albany Overcrossing 
" " 


os 


quote 
$ 500 
Not quoted 
$101.50 + 
Maint. Fence 


250.80 
207.35 
101.50& 
Constr. 
Fence 
Maint.Fence Constr. 
Fence 


$ 500 $130.00 


Would not $281.54 


quote 
Would not 
. quote $3,291.39 
$1, 600 720.70 


Not quoted 200.00 


(#Alternate $250 cash + move garage, & land) 


" Qvercrossing 


RE ears po a Om eS 


$2,000 590.75 
2,000 750.00* 
$1, 800 $100.00 
Would not 125.00 
quote 
Would not 75.00& 
quote replace 
walk 
$1,000 $449.40 
1,800 $1,800.00 
3,500 3,900.00 
1,200 


Would not 2,850.00 
quote 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Sect JV; DAY Ye bit & TIWS 
5797-Ollivant, “lice B. Stock Pile 0.6 $100 Lump Sum Iytle 
552&-Swift, Emma et al Gravel Bar 5-yr. Lease on all gravel on 
lessors'property at 
3¢ per cu.yd. Collins 
5527-Swift, Enma et al Stock Pile 0.24 Lump Sum, $25 8 


based on 1377 cu.yd.dirt 
for filler purposes, at 


35¢ per cu.yd. 
on t - Jo Hi 
Smythe Bros., Inc. Stock Pile 0, 5«yr.Lease at $2 yr. Wells 
burns —puchanan Se on entrée fon Hienwe: 
3649~Ralph Chambers Crop Loss Damages to crop on 20.8 a. out- 
(State Land Board) side right of way, $150 lump sum 
() k Section - ~Washin 
5859-Cunningham Sheep Company 14.27 10 per a. Williams 
Vi tewart Bridge Section — Jchn 
5 » Duncan Stock Pile 1.33 50 Lump Sum plus 
fencing Williams 
k—Mar reek Section - o Hi 
4941-Willamette University 4.31 3.50 a. at $50 per a. 
0.81 a. at $5 per a. 
plus $376 McCallister 
° Creek Sect ~ Ochoco Hi 
tte University Quarry Site 16.33 $10 per a. plus fencing " 
McCallister 
5756-Willamette University R/W 7.69 3.75 a. at $5 pera. 
3.94 a. at $125 per a. 
plus $1,115 
B ct - on Coast 
5705~-Ross, A.A. and Cora M. Ry? 0.4 Lup Sum, $100 Collins 
Medford Tra tion - Crater Lake 
5935-Gregory, William W. Scale Site 1.15 Lump Sum, $125 Lytle 
or the following site as an alternate, only one of these 
two sites to be purchased——Ingineer to decide: 
5519-Wlelch Investment Co. or 
Brophy & Co. Scale Site 1.57 $75 per a. Stiffler 
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advantage to the State of Oregon for right of way purposes in order 
to make it possible for the State Highway Commission to properly 
locate, construct, and maintain said nertion or portions of the 
said state highway system in accordance with standards adopted by 
this Commission relative to curvature, grades, alignment, drainage, 
and factors of safety. 


2. That the State Highway Engineer be and he hereby is 
instructed and di#ected to properly survey the parcel or parcels 
of land required for such right of way purposes and prepare proper 
and adequate descriptions thereof, which descriptions shall be en- 
ployed in the preparation of a deed or deeds or other instrument 
or instruments necessary to complete the acquisition of the said 
property or properties or which descriptions may be used in the 
preparation of a complaint in the event that condemnation proceed- 
ings are necessary. : 


3, That the bounderies of the said parcel or parcels 
of land, as defined and determined by the said survey made by the 
said Highway Engineer, along the route or location adopted by the 
Highway Commission, shall be and the same hereby are adopted and 
the lands defined therein are hereby declared to be and the same 
are included within the rights of way of the said portion or por- 
tions of the said state highway system and hereby are declared to 
be necessary for the proper location, improvement, construction, 
and maintenance of the said portion or portions of the state high- 
way system. 


4. That I.H. VanWinkle, Attorney General of the State of 
Oregon, and J. M, Devers, Assistant Attorney General and Attorney 
for the State Highway Commission, be and they are hereby requested, 
authorized, and directed to attempt to agree with the omer or own- 
ers and/or with the tenants or persons in possession, if there be 
any, of said parcel or parcels of land with respect to the compen- 
sation.to be paid for the taking of the same and the damage, if 
there be any, and in the event that no satisfactory agreement or 
agreements can be reached, then it is hereby further resolved that 
the Attorney General of the State of Oregon, and J. M. Devers, As- 
sistant Attorney General and Attorney for the State Highway Comais- 
sion, be and they hereby are requested to commence and prosecute to 
a final determination such suit or action, or suits or actions, as 
may be necessary and appropriste to acquire title to the said prem- 
ises end all rights therein for the purposes herein stated. 


5. That this resolution be entered in full in the minutes 
and records of this Commission. 


WHEREAS, the State Highway Commission is by law authorized 
and directed to lay out, locate, designate, construct, improve and 
maintain a system of state highways in the State of Oregon, including 
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after due consideration the Commission by unanimous vote adopted 


the following resolutions authorizing condemnation of the said properties if 
satisfactory settlement at the prices recommended cannot be reached other- 


WHEREAS, the State Highway Commission is by law author- 
ized and directed to lay out, locate, designate, construct, im- 
prove, and maintain a system of state highways in the State of Ore- 
gon, and to acquire rights of way and to declare the necessity and 
need for the acquisition thereof, and the advantages to be gained 


thereby ; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission as follows: 


1. That the State Highway Commission does hereby find 
and declare that it is necessary and will be of advantage to the 
State of Oregon and there is need that the State acquire for right 
of way purposes in connection with the permanent location, con- 
struction, improvement, and maintenance of the following section 
or sections of the state highway system of the State of Oregon, 


to wit: 


Lombard-Killingsworth Section of Northeast Portland Highway 

Lakeview Junction Section of The Dalles-California Highway 

Williamson River-Modoc Point Section of The Dalles-—California 
Highway 

Albany Overcrossing Section of the Pacific Highway East 

Mile Bridge Section of Nehalem Highway 


land and property owned by or in possession of the following parties 
and/or persons, to wit: 


Lombard-Killingsworth Section of Northeast Portland Highway: 
F. B. Williams; Rudolph Schneiter Estate; R. A. Hafner. 

Lakeview Junction Section of The Dalles-California Highway: 
R. A. Sutton and W. C. Fixley. 

Williamson River-Modoc Point Section of The Dalles—California 
Highway: Richard Melhase; Richard Melhase and heirs of 
Joseph Ball, deceased; Lamm Lumber Company; Lloyd M. Dent; 
Clara Baker. 

Albany Overcrossing Section of the Pacific Highway East: 
Chris A. Vandran; S. J. Brown and Jerusha Brown; Amy Eagles 
ané William Eagles; Melissa J. Kitchen; 8- Cc. Jordan and 
Ella M. Jordan. 

Mile Bridge Section of Nehalem Highway: 

L. He Roberson and Grace Roberson. 


as their respective interests may appear, and this Commission does 
hereby declare further that the said property or properties are 
necessary, are needful, and the acquisition thereof will be of 


8 
=a 


and authorized by an order of the Public Uti 4ties Commissioner 
can not be accomplished, and the public can not adequately be 
served with adequa‘e and safe highway and street facilities. 


2. The Highway Commission does further declare and 
find that the properties hereinafter described are needed and are 
necessary as rights of way for use in connection with the said pro- 
posed project of highway and street improvement. 


3. The properties which are required for such purpose 
are owned by the persons hereinafter named and are located in the 
lots and blocks hereinafter designated: 


File $160, Thomas E. Riley and Nellie M. Scott- 
land in Lots 5, 6, 7, and 8, Block 46, Hackleman's Sec- 
ond Addition to Albany; 


File 5558, A. C. Jensen and Pearl Jensen—land in 
Lots 2 and 3 of Block 39, Hackleman's Second Addition 


to Albany; 


File 5710, George E. Rhodes and Audra Rhodes—land 
in Lot 7 of Block 39, Hackleman's Second Addition to the 


City of Albany; 


File 5158, E. R. Huston, C. D. Huston, Annie M. Saf- 
ley, and/or Edward Sears—land in Lot 8 of Block 38, 
Hackleman's Second Addition to the City of Albany; 


File 5159, J. A. Fox and Elva Fox-~land in Lot 5 of 
Block 34, Hackleman's Second Ad@ition to the City of Albany. 


4. This Commission does further declare and find that the 
said above described properties or portions of the same are neces— 
sary and needful and the acquisition thereof will be of advantage to 
the State of Oregon in order to make it possible for the Highway Com- 
mission to properly locate, construct and maintain the said highway 
through the City of Albany, and in order to make possible the con- 
struction of an overhead crossing by which nighway traffic may be 
carried over the tracks of the Southern Pacific Company, and in or- 
der to provide adequate ground and accommodations for the removal 
ef certain spur tracks owned and operated by the Southern Pacific 
Company and now occupying area needed and required for said highway 
and street improvement and in particular the suur tracks extending 
from the intersection of Sixth Street and Railroad Street in the 
City of Albany southerly elong said Railroad Street to and includ- 
ing a portion ef Block 8 of Hackleman's Second Addition to Albany, 
and said real property or portions thereof are needed and required 
for the purpose of making other and additional track changes in 
order to make available for said highway and street improvement 
other areas occupied by the Southern Pacific Company. 
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both primary and secondary state highways, and said Commission is 
further authorized to acquire lands and rights of way therefor and 
to declare the necessity and need for the acquisition of the same 
and the advantages to be gained thereby; and 


WHEREAS, the Highway Commission is authorized to acquire 
all of the rights of way for state highways both primary and sec- 
ondary, including the rights of way for those portions of the state 
highways or secondary state highways located within the corporate 
limits of incorporated cities and towns; and 


WHEREAS, the Highway Commission is authorized and required 
whenever a state highway or a secondary highway passes through the 
corporate limits of a city or town, to select and designate the 
‘street or streets over which to route such highway or highways; and 


WHEREAS, the Pacific Highway East, extending from Mult- 
nomah County through Oswego, Salem and Albany to a junction with 
the Pacific Highway at Junction City, is a state highway and as such 
passes through the corporate limits of the City of Albany; and 


WHEREAS, the Highway Commission has selected and designat- 
ed the street or streets of the City of Albany over which to route 
said highway and has otherwise selected and designated the route of 
the highway through said City; and 


WHEREAS, in connection with the nermanent improvement and 
construction of said highway through said Jity of Albany, a portion 
of which said improvement contemplates and involves a grade separa- 
tion of highway and railroad by which highway traffic will be car- 
ried over the tracks of the Southern Pacific Company, it has been 
found necessary to acquire additional rights of way, a portion of 
which rights of way will be needed and used for highway purposes and 
a portion will be required for the purpose of moving and relocating 
certain spurs and certain tracks owned and operated by the Southern 
Pacific Company ; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission, all members being present and affirmative- 
ly voting, as follows: 


1. That the Commission does hereby find and declare that 
it is and will be necessary and of advantage to the State of Oregon 
and does hereby declare the need that exists for the acquisition of 
real properties hereinafter defined, such real properties to be used 
as rights of way for the construction of said highway and the re- 
arrangement of tracks of the Southern Pacific Company and for the 
construction of an overhead crossing over the tracks of the Southern 
Pacific Company, ané does hereby declare that without the acquisition 
of said real properties the said highway and street improvement can 
not be constructed, the said grade crossing which has been ordered 
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building by state forces. The buildings at Suntex and Brothers are to be 
constructed under contract. The Commission's approval of this expense was 
contingent upon there being no increase in the amount of the maintenance bud- 
get for this year, it being understood that the funds required to finance 
the same would be transferred from other maintenance accounts. 


The Commission had under discussion the matter of allowing claims 
for damages to properties in Albany that are affected by changes in the 
grade line of city streets resulting from the construction of the Albany 
grade separation project. The Attorney pointed out that in some instances 
properties will be seriously affected by such street grade changes and the 
owners will undoubtedly submit claims for damages, and it is quite likely 
that claims will also be filed by other property owners whose property is lo- 
cated near the highway improvement but is not affected thereby. The question 
arose whether or not all of the property owners affected should be contacted 
relative to their claims. It was the decision of the Commission that such 
contacts should be limited to those whose properties the Attorney conscien- 
tiously considers will be damaged by reason of the highway improvement. 


The matter of compensation to be paid to Minnie T. Reed for right 
of way for a proposed revision of the Upper Columbia River Highway, in Mult- 
nomah County, had the attention of the Commission. The Attorney advised that 
Mrs. Reed has received a bona fide offer of $15,000 for her property, but 
there is a possibility that she will sell to the state for $12,000. He rec- 
commended settlement with Mrs. Reed for $12,000 if possible. After full con- 
sideration of the facts in the case, the Commission approved the recommenda- 
tion by umanimous vote. 


The Attorney brought up for discussion the matter of acquiring 
right of way for a revision of the Oregon Coast Highway through the property 
of William S. Walton, at Neskowin. He advised that Mr. Walton is now nego- 
tiating the sale of all of his holdings at this place but would like to have 
this right of way matter disposed of first, if possible, and accordingly has 
agreed to reduce his price for the same to $5,000 with no obligation on the 
part of the state to take possession of the property or to pay for it until 
it is actually needed for construction, although he would want to retain for 
the purchasers of the rest of the property the right to let the buildings lo- 
cated thereon remain in their present location until such time as the recon- 
struction of the highway is undertaken. The Commission decided, in view of 
the fact that present plans do not provide for the reconstruction of this 
highway for several years, that it would be inadvisable te tie up state funds 
for right of way for such a long period of time. The Attorney was instruct- 
ed to inform Mr. Walton that the Commission appreciates his offer but cannot 
accept it now. 


The State Parks Superintendent, Mr. S. H. Boardman, was present 
and reported on the follavingmatters: 


Acquisition of Multnoimah Falis and Wahkeena Falis -proper- 
ties from the City of Portland:- The Parks Suverintendent ad- 
vised that the United States Forest Service has a recreational 
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5. That some of said properties are required so that 
the State Highway Commission may exchange the same with the South- 
ern Pacific Company for property which the Southern Pacific Com- 
pany now owns and which is needed by the State in connection with 
said project and the construction of said overhead crossing. 


6. That the State Highway Engineer be and he hereby is 
instructed to properly survey said parcels of land herein referred 
to and to prepare proper and adequate descriptions thereof, which 
descriptions shall be employed in the preparation of a deed or 
deeds and other instruments necessary to accomplish the acquisi- 
tion of said property or properties or which descriptions may be 
used in the preparation of complaints in the event that condemna-— 
tion proceedings are necessary. 


7. That I. H. Van Winkle, Attorney General of the State 
of Oregon, and J. M. Devers, Assistant Attorney General and Attor- 
ney for the State Highway Commission, be and they are hereby re- 
quested, authorized, and directed to attempt to agree with the 
owner or owners and/or with the tenants or persons in possession, 
if there be any, of said parcel or parcels of land with respect 
to the compensation to be paid for the taking of the same and the 
damage, if there be any, and in the event that no satisfactory 
agreement or agrcements can be reached, then it is hereby further 
resolved that the Aitorney General of the State of Oregon and J.M. 
Devers, Assistant Attorney General and Attorney for the State 
Highway Commission, be and they hereby are requested to commence 
and prosecute to a final determination such suit or action, or 
suits or actions, as may be necessary and appropriate jo acquire 
title to the said premises and all rights therein for the purposes 
herein stated. 


8. That this resolution be entered in full in the min- 
utes are records of this Commission. 


The Engineer reported the need for maintenance headquarters build- 
ings at Forest Grove, Suntex, Brothers, Drewsey, and Medford. He estimated 
the cost of the Forest Grove building at $8,142 and advised that it is planned 
to construct this building as 2 W.F.A. project, the labor cost, estimated at 
£3,185, to be paid from .P.A. funds, leaving e balance of £4,957 to be paid 
from state funds. He estimated that the buildings at Suntex, consisting of 
a maintenance building, two patrolmen's houses with garage, et cetera, would 
cost about $12,688.50; that the buildings at Brothers would cost about 
$11,643.50; and those at Drewsey would cost about $12,919.50. He advised 
that the proposed building at Medford would be of a temporary type which 
could be built for about 51,500. After discussion and in view of the appar- 
ent need for the buildings, the Commission by unanimous vote approved con- 
struction of those located at Forest Grove, Suntex, Brothers, and Medford, at 
the respective costs estimated by the Engineer. The Commission anproved 
construction of the Forest Grove Building as a W.P.A. project and the Medford 
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Dougles fir is named:- Mr. Boardman advised that there al- 
ready exists a park named for Mr. Douglas, consisting of an 
80-acre tract located adjacent to the Wolf Creek Highway about 
3% miles east of its junction with the Oregon Coast Highway, in 
Clatsop County, same having been dedicated by Clatsop Sounty. It 
was the thought of the Commission that it would be inappropriate 
to name another park in honor of Mr. Douglas and instructed the 
Secretary to so inform Mr. Robert W. Sawyer of Bend, who is in- 
terested in the matter. The Commission also ordered that the 
Clatsop County Court be requested to erect a suitable monument 
in the park for the information of the general public. 


Removal of remains of Indian Chief Tag-On-Ecia (Whiskers) 
from the present place of interment on the Sixes River to Port 
Orford State Park:- In this connection the Secretary presented a 
letter from Lewis A. McArthur, President of the Oregon Histori- 
cal Society, stating that he lmows nothing about the historical 
facts of this matter but suggesting that the Commission grant the 
request of the Port Orford Chamber of Commerce for the re-inter- 
ment of the remains in Lattle Rock Park. It was the thought of the 
Parks Sujerintendent that to grant this request would be establish- 
ing a precedent that would be difficult to avoid in the future. 
He stated that, in his opinion, the remains should not be moved 
unless descendants or kin of Chief Tag-On-Ecia gave their full con— 
sent for the same. The Commission concurred in the viewpoint of 
the Parks Superintendent and accordingly denied the request. 


Rettuest of Reverend William Wallace Youngson, Tillamook, that 
crosses and benches be erected in all state parks for the conven- 
dence of people who desire to gather and worship:- The Parks Super- 
intendent advised that he contacted Reverend Youngson and explained 
to him the undesirable features of maintaining crosses in the state 
parks, and apparently satisfied him that such crosses should not be 
permitted. The Commission approved the report but instructed the 
Parks Superintendent to follow the suggestion of Reverend Youngson 
with respect to the benches. 


Construction of a memorial building at Otter Crest:- The 
Parks Superintendent advised that a request has been made by Mrs. 
Helen M. Warren, Ocesnlake, through Governor Martin, for a memorial 
building to be erected at Otter Crest for the preservation of his- 
torieal relics. The Commission voted unanimously to deny the re- 
quest, it being the thought of the Commission that historical rel- 
ics, et cetera, should be concentrated in a more historical place, 
such as Champoeg Park. 


Acquisition of area from S. C. Armitage containing about 33 
acres located adjacent to the Coburg county road about 5 miles 
north of Eugene:- The Parks Superintendent stated that he has 
again been contacted by “ir. Armitage, who is extremely desirous of 
donating this tract to the state for park purpoces. He said that 
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area adjacent to these parks and gave as his thought that it would 
be advisable for the Forest Service to have supervision and con- 
trol over the two parks under discussion, particularly in view of 
the fact that the Forest Service is endeavoring to obtain water- 
shed property as an addition to its present holdings. The addition 
of the Wahkeens Falls and Multnomah Falls watersheds to the Forest 
Service recreational area, he said, would make a desirable end com~ 
pact unit, and he recommended that the City of Portland deed these 
properties to the Forest Service rather than to the state. The 
State Highway Engineer concurred in the recommendation in so far as 
it pertains to the area south of the 0.W.R.& N. Railroad but gave 
as his thought that the property north of the railroad should be 
owned by the state. The Commission by unanimous vote approved the 
Engineer's suggestion and authorized negotiations with the officials 
of the City of Portland to such end. 


Acquisition of 360 acres of land belonging to Viola Lee Pratt 
and Adelaide G. Williams elong the Oregon Coast Highway, in Lane 
and Lincoln Counties:- The Parks Superintendent advised that he has 
contacted the owners of this property relative to securing renewal 
of an option to purchase the same for the sum of $60,000, and that 
they have agreed to renew the option for a period of six months on 
the following basis: that the state will agree to pay them $5,000 
at the time the new option is signed, which amount shall apply on 
the purchase price of the property; and that six months from the 
date of the signing of the option the state will pay to them an ad- 
ditional amount of $15,000, and will within twelve months of such 
payment, pay an additional sum of $20,000, and will pay the final 
$20,000 within two years from the date of expiration of the new six- 
months' option. They also agreed, he said, not to charge interest | 
on the deferred payments. He pointed out that John C. Merrian, | 
President of Carnegie Institute, Washington, D. C., is varticularly | 
interested in the matter and is extremely anxious that the state ac- | 
quire this property, and has stated his willingness to secure, if 

possible, a $30,000 donation to pay one-half the cost thereof. He 

strongly recommended the acquisition of this property even if Dr. 

Merriam is unsuccessful in his attempts to secure the donation and 

the stete is required to pay the entire cost. After considerable 

discussion, the Commission voted unanimously in favor of the pur- 

chase of the property on the basis of the offer outlined above, re- 

gardless of whether or not Dr. Merriam is successful in finding a 
public-spirited citizen who is willing to pay half of the cost. 


Beach frontage on the Pacific Ocean at Gearhart:- The Parks 
Superintendent advised that the Gearhart Park Company, represented 
by Mr. James L. Conley, Portland, has offered to sell to the state 
for the sum of $30,000, one-half mile of ocean beach frontage, con- 
taining about 30 acres of land, extending northerly from the Necan- 
icum River, near Seaside. He recommended that the offer be de- 
clined. The Commission approved the recommendation unanimously. 


Naming of a state park in honor of David Douglas, for whom the 
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The Commission adjourned at 12:00 o'clock midnight, to reconvene 
the following morning in the Auditorium of the Public Service Building. 


Portland, Oregon, March 24, 1938 


The State Highway Commission reconvened at 9:00 o'clock a. m. in 
the Auditorium of the Public Service Building, with all Commissioners, the 
State Highway Engineer, the Attorney, and the Secretary present. 


Bids as follows for highway construction projects, purchase of 
buildings, anc purchase of scrap bridge steel were opened ana read, in con- 
formance with previously published notice: 


BAKER-HOMESTEAD HIGHWAY 
MIDDLE BRIc3E-BLACK BRIDGE SECTION - OIL MAT SURFACE TREATMENT 


Babler Bros. $18,991.00 
Warren Northwest, Inc. 19,209.00 
J. C. Compton 20,078.50 
Clifford A. Dunn 20,205.00 
Edwin C. Gerber 20,690.00 
McNutt Bros. 20,677.90 
R. O. Dail & Warren Bros., Inc. 21,591.20 
McAtee, Inc. : 23,091.50 


OREGON COAST HIGHWAY 
BANDON-PORT ORFORD SECTION - CRUSHED ROCK IN STOCK PILES 


R. I. Stuart & Sons $22,550.00 
Fisher Bros. 23,711.00 
A. C. Greenwood, Inc. 24,817.50 
Homer G. Johnson 24,845.00 


OREGON COAST HIGHWAY 
LITTLE NESTUCCA RIVER BRIDGE SECTION 
320-ft. PILE TRESTLE & STEEL I BEAM BRIDGE 


Mountain States Construction Company 

L. H. Hoffman 

J. W. &J..R. Hillstrom 

Tom Lillebo 

Leonard & Slate 

Joplin & Eldon 

J. F, Johnston 

Shattuck & Neland 

Gilpin Construction Company 

Dolan Construction Comp any 20,565.00 
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the park does not fit into the state park picture because it is not 
on @ state highway route and is locate? in such close proximity to 
the city of Eugene, and should properly be a city park. He further 
stated that Mr. Armitage refuses to donate the land to either the 
city of Eugene or to the University of Oregon but wants the State 
Highway Commission to have charge of it. He requested instructions 
in regard thereto. The Commission discussed this matter but de- 
ferred action thereon. 


Acquisition of 120 acres of land located between the Oregon 
Coast Highway and the Pacific Ocean about one mile north of Nels- 
cott, in Lincoln County:- The Parks Superintendent advised that 
this property is owned jointly by the Nelscott Land Company and @ 
Mr. E. W. Chandler, who want $21,000 for the property. The Commis- 
sion deferred a decision in the matter pending an inspection of the 
property by Chairman Cabell, who agreed to make such inspection the 
next time he is in that vicinity. 


Request of the United States Army Engineers for flowage ease~ 
ments on four state parks and two units of the Columbia River High- 
way east of the Bonneville Dam:- The Parks Su>derintendent advised 
that he has inspected these properties and has no objections to the 
granting of such easements to the Government. The Commission de- 
ferred a decision in this matter pending a conference with Major 
A. E. McKennett of the United States War Department who has been in- 
vited to confer with the Commission relative thereto on the follow- 
ing day. 


The Commission considered and signed bargain and sale deeds as fol- 
lows: 


Right of way transaction No. 3105. Deed conveying unto Sarah 
E. Mulkey a parcel of land containing 2.25 acres situate in the 
$.W.4, Section 11, T. 28S., R. 6 W., W.M., Douglas County. 


Right of way transactions Nos. 2232 and 2218. Deed conveying 
unto Fred H. Brown and Mary Ann Brown 0.331 acre of land situate 
in the Solomon Zumwalt Donation Land Claim No. 41, T. 175., R. 4 
W., W. M., Lane County. 


Right of way transaction No. 4812. Deed conveying unto 
George P. Stonefield 0.53 acre of land situate in Government Lot 3, 
Section 22, T. 15 S., R. 12 W., W.M., Lane County. 


Right of wey transaction No. 3413. Deed conveying unto Wal< 
ter A. Sumner and Lottie E. Sumer 1.66 acres of land situate in 
the N.+ of the S.E.4 of Section 8, T. 33 S., R. 1 W., W.M., Jack- 
son County. 
The Commission also signed an agreement with the Albany Seed Com 
pany providing for settlement with the company for right of way needed for the 
Albany Overcrossing Project. 
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BUILDING NO. 5107-1 
(Former Owner H. Emelia Weikel) 


B. C. Grove (first choice) $ 60.00 
W. E. Foote 42.50 
G. T. Smith (first choice) 41.75 
Reidar Moen (second choice) 40.00 
A. R. Taggart 15.00 


BUILDING NO. 5109 
(Former Owner Manilo Camilo) 
No bids received 


BUILDING NO. 4768 
(Former Owner Godfrey A. Quick) 


Irene E. Harrison $ 32.00 
A. R. Taggart 31.50 
G. R. Quick 30.00 
B. C. Grove (third choice) 20.00 
G. T. Smith (fourth choice) 19.50 


F. Davies (second choice) 15.00 


; OF RESIDENCE BUILDING AT ORIENT 
— Owners Jewel Takaki et al) 


Sullivan Wrecking Company 


SALE OF RESIDENCE BUILDINGS IN wEST PORTLAND 


BUILDING NO. 5046 
(Former Owner Wm. Dervoe) 
Mrs. Bertha Dervoe $ 20.00 
Sullivan Wrecking Company 1.00 


BUILDING NO. 4589 
(Former Owner John G. Maycock) 
Sullivan Wrecking Company $ 3.00 


SALE OF SCRAP BRIDGE STEEL FROM SULLIVAN GULCH OVERCROSSING 
UNION AVENUE IN PORTLAND 


H. Maizels $270.60 
Barde Steel Company 256.50 
Zidell-Steinberg 243.00 
Simon's, Inc. 240.60 
Alaska Junk Company 217.80 


Milton E. Potter 216.00 


Chairman Cabell announced that the award of contracts and sale of buildings 
and steel would be made at 2:00 o'clock p. m. in the same room. 
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No bids received 


Wm. Eagles 


Wm. Eagles 


No bids received 


Chas. Childs 


Wm. Eagles 


Wm. Eagles 


OF U, 
BUILDING NO. 5178 
(Former Omer Augusta Otto) 


BUILDING NO. 4978 
(Former Owner Gertrude S. Duncan) 


BUILDING NO. 4967 
(Former Owner John Schlehuber) 
BUILDING NO. 4969 
(Former Owner J. C. Allphin) 


BUILDING NO. 4971 
(Former Owner C. F. Forney} 


BUILDING NO. 4957 
(Former Owner Barbara Kinney ) 


BUILDING NO. 4954 
(Former Owner A. A. Miller) 


, OF RES CE BU Gs _AT HF 


BUILDING NO, 5105 
(Former Owner I. B. Tilson) 


B. C. Grove (second choice) 
G. T. Smith (third choice) 


A. R. Taggart 


Geo. F. Gunnell 
Ralph Allen 
Arthur Fitch 

A. R. Taggart 


Dixie Root 


BUILDING NO. 5103 
(Former Owner M. G. Hoffman) 


Reidar A. Moen (first choice) 


W. E. Foote 


Elmer F. Davies(first choice) 
G. T. Smith (second choice) 


Ira Sturdivant 
Geo. Prefontaine 
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$301.00 


$ 25.00 


$151.00 


$ 30.00 


$301.00 


to the agreement that was executed at the time the grade separation project 
was first discussed, wherein it was mutually asreed and furthermore was or~ 
dered by the Public Utilities Commissioner that East Court Street at this 
particular location would be perpetually closed when the overhead crossing 
structure was completed and opened for travel. He declared that this feature 
was @ material consideration in the agreement and that the railroad company 
has fulfilled its part thereof and accordingly must oppose any efforts that 
are now made to reopen the street. 


Chairman Cabell advised that in his personal opinion this is 4 mat- 
ter that does not particularly concern the Highway Commission inasmuch as the 
matter was fully covered by the agreement mentioned by Mr. Betz, and it would 
be very difficult for the Commission to reverse its stand now. He declared 
that the stand of the Commission is neutral in the matter and to him it ap- 
pears to be a problem for the city to work out with the railroad company. 
Commissioner Aldrich concurred. 


Mr. W. H. Lynch, District Engineer, Bureau of Public Roads, who 
was present, pointed out that the closing of East Court Street at this point 

was one of the considerations that justified expenditure of government money 
for the construction of the overcrossing. The State Highway Engineer pointed 
out that the Old Oregon Trail has been rerouted since the construction of the 
overcrossing and no longer follows East Court Street at this point, hence the 
Highway Commission would have no jurisdiction thereover. 


After further discussion Mayor Lieuallen asked the Commission for 4 
letter stating its position in the matter and advising whether or not it will 
oppose the city's petition. 


Mr. Betz suggested, if the Commission should write such a letter, 
that it show that the Commission is taking no side whatsoever in this contro- 
versy, but is neutral; further, that the letter point out that East Court 
Street, in this particular location, is not e state highway route, so the 
Commission has no jurisdiction over the same. The Commission approved Mr. 
Betz's suggestion and instructed the Engineer to write such letter to the 
Pendleton City Council. 


A delegation from Hood River, representing the Hood River Chamber 
of Commerce and consisting of the following members: Rory A. Collins; Rod- 
rick McRae, President; P. A. Galluzzo; D. Baldwin; Herman Kresse; Larry Boyd; 
Earl Weber; and James Stranahan, came before the Commission in regard to 

snow removal on the Mt. Hood Highway so as to permit travel over this high- 
way throughout its entire length earlier this year than heretofore. Mr. Col- 
lins headed the group. 


Speaking in behalf of the project were Messrs. Collins, McRae, 
Kresse, and Weber. They urged the project from the commercial standpoint and 
declared that it means a $40,000 tourist trade to the people of the Hood Riv- 
er Valley, and pointed out that the opening of the highway would make it pos- 
sible for sightseers who want to take in both Timberline Lodge and Bonneville 
Dam to do so in one trip, whereas, under present conditions, that cannot be 
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Mr. Lundstrom, representing the Pratt Truck Service, Portland, was 
present and requested permission to transport an old street car over state 
highways from Portland to Wilsonville. He said that the load would be 
slightly under 15 feet in height overall, which is in excess of the statutory 
limits, but it does not exceed the statutory limits in any other respect. He 
further stated that the route that he proposes to use is over state highways 
with the exception of about 3 miles of county road and that at no point are 
there any overhegi structures with impaired clearances. The Engineer advised 
that the practice for some time has been to refuse to grant permits for move- 
ments over state roads of loads exceeding 14 feet in height, but in this par- 
ticular instance he would recommend granting the permit in view of the fact 
that there are no impaired clearances involved. The Commission approved the 
recommendation by unanimous vote. 


In this connection the Commission considered it advisable to adopt 
a standard policy with respect to the movement of loads over state highways, 
the overall height of which loads is in excess of the legal height limits. 
The Commission thereupon adopted as its standard policy, to be followed here- 
after, that the issuance of permits for overheight movements shall be limit- 
ed to those not exceeding 15 feet from the surface of the pavement to the top 
of the load and only then in case there are no impaired clearances involved, 
Further, in cases of movements over sections of highways where overhead 
structures exist, permits shall be limited to those movements where the clear- 
ance between the top of the load and the lowest point in the overhead struc- 
ture is not less than 12 inches. 


Mr. C. I. Scoffin was present and inquired as to the plens of the 
Commission with regard to the proposed revision of the Pacific Highway West 
through Tigard. He was informed that the Commission has not yet adopted a 
definite route for this revision but expects to consider the Engineer's re- 
port thereon the following day. The Secretary was instructed to advise Mr. 
Scoffin of the action taken by the Commission on this report. 


The following persons were present and discussed with the Commission 
the matter of opening East Court Street, Pendleton, which street was ordered 
closed by the Public Utilities Commissioner upon completion of the East Pen- 
dleton Grade Separation structure: Mayor C. L. Lieuallen, Pendleton; Fred 
Betz, Attorney, and Hal Roberts, Engineer, for the Union Pacific Railway Com- 
pany; and T. 0. Russell, Chief Engineer, representing the Public Utilities 
Commissioner. 


wayor Lievallen stated that the closing of East Court Street is 
working a hardship on a good many Pendleton people, including doctors who 
find it very inconvenient to take the sresent roundabout way to reach the 
hospital, which is located just east of the railroad tracks. He advised that 
the city of Pendleton has filed a petition with the Public Utilities Ccmmis- 
sioner requesting the reopening of this street and is now asking the Highway 
Commission to help in the matter, at least to make a commitment one way or 
the other. 


Mr. Betz gave as his thought that the railroad company would not 
consent to the opening of this street under any consideration. He referred 
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be given serious consideration in the formulation of the next grade separa- 
tion program. 


Mr. Harding then asked the Commission to make provision for the 
reconstruction of the Rice Hill-Turkey Hill Section of the Pacific Highway 
so as to provide for a standard improvement between the two sections that 
have already been reconstructed. He was informed by Chairman Cabell that 
the Commission has this project in mind and that the outlook is favorable 
for the same if Congress authorizes an appropriation of federal aid moneys 
for 1940 and 1941. 


Mr. Denton G. Burdick, Portland, came before the Commission in re- 
gard to a claim of the North Canal Company for right of way that was taken 
by the state for a revision of The Dalles-California Highway, about two 
miles south of Redmond, and being more particularly located in the N.W.} of 
the S.E.+ of Section 29, T. 15 S., R. 13 E., W.M., Deschutes County. It ap- 
pears that this 40-acre tract was umentered Carey Act land when the highway 
was built and it was not possible to secure title to the right of way at 
that time; nevertheless the highway was constructed across the property with 
approval of the State Engineer, with the idea that payment for the right of 
way would be effected later. Mr. Burdick now claims title as assignee of 
the earned water lien from the North Canal Company and is asking the State 
Highway Commission to pay him $758.50 for the 3.7 acres included in the high- 
wey right of way, said amount being made up as follows: 2 acres at $100 per 
acre; 1.7 acres at $5.00 per acre; and $550 reimbursement as damages for top 
soil taken for the highway fill, rendering such land valueless from the crop 
production standpoint. He agreed to assign the water lease on the entire 40 
acres to the state for such consideration, provided the state will reconvey 
it to him should there be in the future a bona fide entry made for the bal- 
ance of the 40-acre tract outside of the standard width highway right of way. 
After casiderable discussion of this matter, the Commission indicated that 
the price demanded by Mr. Burdick is reasonable and satisfactory; however, 
the question arose as to how a transfer of title is to be made. A decision 
in the matter was therefore deferred until the following day, and the Attor- 
ney was instructed in the meantime to make further investigations with regard 
thereto. This matter was reconsidered by the Commission later in the session 
at which time the Attorney reported results of such further investigation and 
recommended the securing of a declaratory judgment in the circuit court to 
clear title. The Commission approved the recommendation by unanimous vote 
and authorized the Attorney to pay Mr. Burdick $758.50 if the court decides 
that he is entitled to it. 


The Commission adjourned at 12:00 o'clock noon and reconvened at 
2:00 o'clock p. m. in the same room, with all Commissioners, the State High- 
way Engineer, the Attorney, and the Secretary present. 


Commissioner Aldrich announced the following award of contracts, 
sale of buildings, and stele of scrap bridge steel for which bids were taken 
at the morning session, the awards having been previously a>proved by the 
Commission by unanimous vote: 
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: done. They also urged the opening for the benefit of winter snow enthusiasts 
ae of the Hood River Valley who desire to enjoy the winter sports facilities at 
Za Government Camp and Timberline Lodge, which people now have to go many miles 
5a in a roundabout way to reach. Mr. McRae filed a petition signed by 263 citi- 

zens of Hood River County urging the Highway Commission to take immediate ac- 
tion to open that portion of the Mt. Hood Highway that is now closed by snow. 


Chairman Cabell advised that there is danger of rupture of the pave- 
. ment if the highway is opened to traffic too soon, due to the freezing and 
a. : thawing conditions, and that it might result in excessive costs for repair 
st work. 


? The Engineer estimated that it would cost about $4,000 to open the 
ee) highway, startingabout the first of April, and that it would cost about 
$3,000 if the work were started about May first; whereas, if such work were 
deferred until the first of June, the expense would be reduced to about 
$1,000. He pointed out that the Commission made no provision in its budget 
for such expense. 


Mr. McRae gave as his thought that the road is important enough to 
justify the expense and urged the Commission to at least try it out this year. 


After further discussion the Commission decided to open the highway 
about a month earlier this year than last year, if possible. Accordingly, 
the Engineer was authorized and instructed to start snow removal operations 
Pq about the first of May with two snow plows, one working from each end of the 
Fs closed section. He was further instructed to keep the road closed for about 
“a a week after the snow has been removed so as to give the road an opportunity 

; to dry out before it is subjected to traffic, thus reducing the probabilities 
i of damage occurring. 


Ae A delegation from Roseburg, representing the Chamber of Commerce 

a and consisting of the following members: W. C. Harding, Secretary; Senator 
A. C. Marsters; George Smith; and Harris Ellsworth, was present. They in- 
: quired as to the plans of the Highway Commission for construction work on 

a the North Umpqua Highway this year. They were informed by Chairman Cabell 
ot that the Commission has included in its tentative program for 1938 federal 

i} aid secondary highway moneys an amount of $35,000 for the North Umpqua road. 
¥ He also advised that the Commission has included in its tentative program for 
‘ 1939 regular federal aid funds an amount for the construction of the Roseburg- 
Shady Point Section of the Pacific Highway. 


Mr. Harding then inquired as to the possibilities of securing the 
i elimination of the Southern Pacific grade crossing on the Pacific Highway just 
south of Wilbur. He gave as his understanding that the Commission at one time 
appropriated $125,000 for such purpose, but found it necessary to reallocate 


Posie the funds. He suggested this project for construction in the railroad grade 
rR crossing elimination program. He was informed that the railroad grade sepa- 
ne i? ration program for 1938 and 1939 federal funds has already been prepared and 
ae it was not found possible to include the Wilbur project therein. Furthermore, 
ay there is no possible chance now to make any change; however, this project will 
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"Buiiding No. 4957, formerly owned by Barbara Kinney. The 
only bid received for this building was that submitted by Wm. Eagles, 
Albany, at $30.00. The Commission has rejected this offer and bs 
ordered the building readvertised. 


"Building No. 4954, formerly owned by A. A. Miller. Wm.Eagles, 
Albany, submitted the only bid for this building at $301.00. The 
Commission considers this offer satisfactory and therefore has sold 
the building to Mr. Eagles at his bid of $301.00." 


Buildings in Marshfield: 


"Building No. 5105, formerly owned by I. B. Tilson. The Com 
mission received 3 bids for this building, the high one being that 
of B. C. Grove, North Bend, at $30.00. G. T. Smith, Bunker Hill, 
submitted the second high bid at $26.50. The Commission has re- 
jected all offers for this building and has ordered it readvertised. 


"Building No. 5103, formerly owned by M. G. Hoffman. The Com- 
mission received 11 bids for this building, the high one being that 
of George F. Gunnell, Marshfield, at $102.00. The Commission con- 
siders this offer satisfactory and therefore has sold the building 
to Mr. Gunnell at his bid of $102.00. 


"Building No. 5107-1, formerly owned by H. Emelia Weikel. The 
Commission received 5 bids for this building. B. C. Grove, North 
Bend, submitted the high bid at $60.00. Considering this offer sat- 
isfactory, the Commission has sold the building to Mr. Grove at his 
bid price of $60.00. 


"Building No. 5109, formerly owned by Manilo Camilo. No bids 
were received for the purchase of this building. The Commission 
has ordered the building readvertised. 


"Building No. 4768, formerly owned by Godfrey A. Quick. The 
Commission received 6 bids for this building, the high one being 
that of Irene E. Harrison, Marshfield, at $32.00. The Commission 
considers this offer satisfactory and has therefore sold the build- 
ing to her at $32.00." 


juild dient: 
"Building formerly owned by Jewel Takaki et al. Sullivan 
Wrecking Company, Portiand, submitted the only bid for this build- 


ing at $1.00. The Commission has accepted the offer of $1.00 and 
has declared the building sold to the Sullivan Wrecking Company." 


Buildings in West Portland: 


"Building No. 5046, formerly owned by Wm. Dervoe. The Com- 
mission received 2 bids for this building, the high one being that 
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"Middle Bridge-Black Bridge Section of the Baker-—Homestead 
Highway, in Baker County. 18.15 miles oil mat surface treatment, 
The low bid submitted for this project was that of Babler Bros,, 
at $18,991.00. The next low bid submitted was that of Warren 
Northwest, Inc., Portland, at $19,209.00. There were 6 higher bid- 
ders. The Commission has awarded the contrac: to Babler Bros., the 
low bidder, at their bid price of $18,991.00. 


"Bandon-Port Orford Section of the Oregon Coast Highway, in 
Coos and Curry Counties. Furnish 9,450 cu. yds. crushed rock in 
stock piles. R. I. Stuart & Sons, Medford, submitted the low bid 
for this project at$22,550.00. Fisher Bros., Oregon City, were the 
next low bidders at $23,711.00. There were 2 higher bidders. The 
Commission has referred all bids to the Engineer with power to 
award the contract to the low bidder when certain conditions have 
been satisfied. 


"Little Nestucce River Bridge Section of the Oregon Coast 
Highway, in Tillamook County. Construction of a 320-ft. pile 
trestle and steel I beam bridge. Mountain States Construction Com- 
pany, Eugene, with its bid of $13,736.00, was the low bidder on 
this project. The next low bidder was L. H. Hoffman, Portland, 
at $14,525.00. 8 higher bids were received on this project. The 
Commission has awarded the contract to the Mountain “tates Construc- 
tion Company, the low bidder, at its bid price of $13,736.00." 


Buildings in Albany: 


"Building No. 5178, formerly owned by Augusta Otto. No bids 
were received by the Commission for the purchase of this building. 
The Commission ordered that the building be readvertised. 


"Building No. 4978, formerly owned by Gertrude S. Duncan. 
The Commission received 1 bid for this building, being that of Wn. 
Eagles, Albany, at $301.00. The Commission considers this offer 
aan and has sold the building to Mr. Eagles at his bid of 
301.00. 


"Building No. 4967, formerly owned by Jotm Schlehuber. The 
Commission received 1 bid for this building, being that of Wn. 
Eagles, Albany, at $25.00. The Commission has rejected this bid. 


"Building No. 4969, formerly owned by J. C. Allphin. No bids 
were received by the Commission for the purchase of this building. 
The Commission ordered that the building be readvertised. 


"Building No. 4971, fotmerly owned by C. F. Forney. Charles 
“thilds, Albany, submitted the only bid for this building, at $151.00. 
The Commission considers this offer satisfactory and accordingly has 
sold the builé‘ng to Mr. Childs for $151.00. 
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have funds available to finance the construction of the same at the present 
time and cannot spare the money to purchase the right of way because funds 
available to the Commission now are needed to meet the Government's require- 
ments for the matching of federel aid funds. He gave as his thought that, 
in view of the circumstances, it would be unfair to handicap the next State 
Highway Commission by the adoption of a route and the acquisition of right 
of way until the project is ready for constructicn. 


Concerning the Bunker Hill project, he advised that the Commission 
has included in its tentative program for 1938 Federal Aid Furds an amount 
for the construction of this section, but there is a possibility that the 
budget will have to be changed and such funds re-allocated for improving the 
dike section between Coquille and Bandon, which has been blocked a number of 
times this winter by high water. After further discussion the conference 
was concluded by the Commission instructing the Engineer to submit a revised 
report at the next meeting on the cost of constructing the alternate routes 
between Marshfield and North Bend, including the right of way costs. He ms 
also instructed to send a copy of this report to Mayor Huggins. 


A delegation from Polk and Benton Counties, headed by County Judge 
Herman Van Well of Polk County, conferred with the Commission in regard to 
the Kings Valley Secondary State Highway No. 190. Others in the delegation, 
which consisted of about 20 members, were W. A. Barnum, H. H. Brant, M. M. 
Fulmer, Grant Byers, F. B. Scofield, all of Independence; G. A. Nyman, Kings 
Valley; W. I. Van Den Bosch, R. D. Van Den Bosch, H. J. Leverman, P. M. Rit- 
ner, C. L. Calbreath, Ira E. Ray, Mr. and Mrs. Jesse V. Johnson, Mr. and Mrs. 
Ralph Dodson, Frank W. Loughary, and R. D. Elliott, all of Monmouth; and Fred 
Gibson of West Salem. They alleged that this road is in very poor condition, 
is crooked and narrow, that the rock surfacing is worn out, and that some 
bridges need rebuilding.. They urged immediate reconstruction and repairs 
and the construction of an oiled surface to allay the dust nuisance, which 
they declare is extremely bad. Mr. Nyman declared that children of the Pedee 
district are now obliged to go to school in Philomath because the road is in 
such bad condition that they cannot get to their own school. 


Mr. Dodson asked for a survey so that when the Commission has money 
to spare for this road it can be spent on the proper alignment. He alleged 
thet the road at one time was the main road leading to Newport and Tolede and 
that it still carries a large volume of coast traffic because it provides @ 
short cut to the coast country from Willamette Valley points. He urged the 
improvement from such standpoint. 


Mr. Ritner gave as his understanding that the Commission has al- 
ready promised the people of Benton County to improve this road from Wren to 
Kings Valley and he urged the Commission to extend the improvement into Polk 
County in view of the fact that it is the oniy outlet for people in the Lew- 
isville and Pedee districts. He said that it made no difference where a 
start was made so long as the Commission proceeded with construction on a con- 
sistent, progressive program. 


Representatives of the Independence and Monmouth Chambers of 
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of Mrs. Bertha Dervoe, Portland, at $20.00. The Commission has ac- 
cepted the offer and has solé the building to Mrs. Dervoe at her bid 
of $20.00. 


"Building No. 4589, formerly owned by John G. Maycock. Only 
1 bid was received for the purchase of this building, being that of 
Sullivan Wrecking Company, Portland, at $3.00. The Commission has 
rejected this offer and has ordered the building readvertised." 


Scrap Bridge Steel: 


"Sale of scrap bridge steel from Sullivan Gulch Overcrossing 
on Union Avenue, in Portland. The Commission received 6 bids for 
the purchase of this steel, the high one being that of H. Maizels, 
Portland, at $270.60. The Commission considers this offer satis~ 
factory and has sold the materia) to H. Maizels at his bid price 
ut $270.60." ? 


Mayor Charles H. Huggins and City Attorney J. W. McInturff, Marsh- 
field, came before the Commigsion in regard to the improvement of the Oregon 
Coast Highway between North Bend end Marshfield. They asked the Commission 
to designate a route for this improvement because the people of Marshfield 
want to improve and develop their properties but cannot do so until they 
know just where the highway is going to be located. Furthermore, the city 
owns property along the proposed route which it wants to dispose of, so it 
would help a lot if the Commission could adopt a route at the earliest pos- 
sible time. The Engineer advised that there are two routes under considera- 
tion, one of which is along Broadway and the other along Front Street, in 
Marshfield. The Broadway route, he estimated, would cost about $384,000 and 
the Front Street route $407,000, a difference of about $23,000 in favor of 
the Broadway route. He explained that these estimates do not include the 
cost of right of way; which to date has not been appraised. He was instruct- 
ed by the Commission to prevare revised estimates, including the cost of 
right of way, for consideration by the Commission at its next meeting. 


The Engineer advised that there is no controversy regarding the lo- 
cation of the highway between North Bend and Marshfield, but the only section 
about which there is a question is right in Marshfield, south of Greenwood 
Avenue. He gave as his thought that the reconstruction of the highway through 
the Bunker Hill district should be given first consideration for moneys avail- 
able for expenditure in the vicinity of Marshfield and North Bend, and that, 
as a second project, the Commission should reconstruct the highway between 
North Bend and Marshfield, leaving the controversial section in Marshfield 
for construction at a later date. Mayor Huggins and Mr. McInturff concurred 
in the Engineer's viewpoint. 


Chairman Cabell advised that the adoption of a route by the Commis- 
sion would not solve the problem from the Commission's standpoint unless it 
proceeded with construction soon thereafter, because some future Commission 
might see fit to change it. He also advised that the Commission does not 
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and they are of the opinion, in view thereof, that the street should be des- 
ignated as a state secondary highway and should be maintained as such by the 
state. Chairman Cabell advised that the Highway Commission is very re..uc- 
tant to designate any additional secondary highways at the present time and 
is not in a position today to state definitely just what it will do about 
the matter because of the effect that it would have on the permanent routing 
of the 8nd Street Highway, which is now being studied. He agreed to in- 
spect the road soon and stated that the Commission would make its decision 
at its next meeting. The Engineer was instructed to prepare an estimate of 
cost to reconstruct Arlington Street to state highway standards and to re- 
port the same at such meeting. 


A delegation representing the Clackamas Commumity Club, Clackamas, 
Oregon, was present in regard to the proposed rerouting of the 82nd Street 
Highway. Mr. Trahue headed this group. They urged the retention of the 
highway in its present location between the top of Pope's Hill and Henneman 
Corner, from the standpoint of providing greater safety for school children. 
Mr. Trahue said that of the 131 school children who now attend the Clackamas 
school, only 9 now reside east of the 82nd Street Highway; whereas, if the 
highway is relecated about 1,000 feet west of its present location, 40 per 
cent of the children who attend this school will have to cross the highway 
and be subjected to the dangers of highway traffic. Further, if the highway 
is relocated farther west, more than one-half of the student body will have 
to cross the highway. He asked the Commission to give this feature due con- 
sideration in its deliberations on this subject. The Commission took the 
matter under advisement. The delegation asked the opportunity to be heard 
when the Commission holds its public hearing in Oregon City on the subject 
of changing the entrance of 82nd Street into Oregon City. In this connection 
the Secretary presented a letter from the Sunnyside Grange, Sunnyside, Ore- 
gon, endorsing the request of the Clackamas Community Club. 


Mr. Lee Ragan, Eugene, came before the Commission in regard to ac- 
quiring from the Commission two small parcels of state-owned iand adjacent 
to the Oregon Coast Highway near the north end of the Siuslaw Bridge at Flor~ 
ence, being more particularly described as Lot 5, Block 9, and a portion of 
Lot 65, Block 10, Florence, outside of the standard width highway right of 
way. He offered to pay 5f per square foot for such property, which he said 
is needed in connection with his plans for the erection of a hotel and eating 
house on adjacent property. He offered to landscape the area to the satisfac- 
tion of the State Highway Commission so that the site would not detract from 
the bridge head. He exhibited a plan of the building that he proposes to 
construct. After considerable discussion, the Commission voted unanimously 
to sell to Mr. Ragan for the sum of 5¢ per square foot the two parcels of land 
that he wants, subject to the condition that Mr. Ragan will landscape the 
premises in conformance with plans approved by the Landscape Engineer, Mr. 
Otten. 


Messrs. Lowell Mundorf and A. W. Davis, representing the St. Johns 
Businessmen's Association, Portland, came before the Commission in regard to 


the elimination of a bad turn in the state highway route in St. Johns, par- 
ticularly at the southeast corner of Jersey Street and Philadelphia Street. 
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Commerce spoke in behalf of the improvement and particularly urged surveys 
so when funds are available they can be spent on proper alignment. 


The Engineer explained, in order to clear up the misunderstanding, 
that the Highway Commission has not budgeted funds for the improvement of 
the Benton County section of this road in 1938 but has included in its ten- 
tative budget for the fiscal year 1939 Federal Aid Secondary Highway moneys 
an amount for the improvement of such section. 


Chairman Cabell explained the status of the Commission's finances 
and particularly the requirements for the expenditure of federal aid second- 
ary moneys. He advised that the amount of such funds provided by the Feder- 
al Government is so small that it cannot be spread out over the entire state 
to any advantage but must be spent for fair-sized projects in order to pro- 
vide for economical construction. He promised to inspect the road in the 
near future and agreed to study the Commission's finances to ascertain wheth- 
er or not funds can be spared to pay for a survey at the present time. 


Mayor C. R. Ashton, Albany, came before the Commission relative tu 
some state property in Albany described as the North Half of Block 17, Hackle- 
man's Second Addition to Albany, which the city wishes to acquire as a site 
for a public swimming pool. He said that the city is prepared to pay 7f per 
square foot for this area, which is the price that the Highway Commission 
paid for it, although they would naturally like to secure it at less cost, if 
possible. The Attorney advised that this property wes acquired by the state 
in connection with negotiations with the Southern Pacific Company for right 
of way for the Albany grade separation project, and, according to the agree- 
ment with the railroad company, the state is obligated to deed it to the com 
pany at a fixed price, in view of which there is a question whether or not 
the company will agree to the relinquishment of its claim to the same and will 
accept other property in lieu thereof. Meyor Ashton stated that the city must 
know within the next two weeks whether or not it can have the property, be- 
cause they wish to proceed at once with the construction of their swimming 
pool se as to make certain that it will be ready for use this summer. After 
discussion, the Commission agreed to sell the property to the city at 7? per 
square foot provided the railroad company will relinquish its claim on the 
same. The Attorney was instructed to take the matter up with the railroad 
comgeny officials at once and to advise Mayor Ashton of the outcome. 


A delegation from Clackamas County, consisting of members of the 
county court and about 10 residents of the town of Gladstone,was present and 
urged the Commission to adopt Arlington Street, Gladstone, ag the route of a 
state highway connection between the East Portland-Oregon City Highway and 
the 82nd Street Highway (Cascade Secondary Highway). The delegation was 
headed by Mr. Charles Legler and consisted of the following: County Judge 
W. O. Vaughn; County Commissioners B. Schoenburg and L. L. McFarlane; Messrs. 
Trahue, Johnson, and Gallogly; Miss Marie Luenburger, Mrs. Patrick, and Mrs. 
Hahulach. Also present were J. I. Roberts, County Engineer, and Ralph Milen, 
Assistant County Engineer. Mr. Legler said that Arlingtor Street is in very 
bad condition and the city does not have funds available to finance repairs. 
He alleged that most of the traffic using this street is state iuighway traffic 
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materials in from the Willamette Valley, which would be necessary if the use 
of the beach materials is prohibited. Mr. Zerbee opposed the taking of m~- 
terials from the beach, particularly boulders, which, he said, are needed in 
order to protect private property from ocean wave action. 


Chairman Cabell pointed out that the State Highway Commission has 
no jurisdiction above the high-water line and that if the boulders are being 
taken from locations above the high-water line, the people taking them are 
trespassing on private property and can be prosecuted by the property owners. 


County Commissioner Calkins urged the modification of the Commis- 
sion's previous order from the standpoint of the county as 4 whole so that 
development of this district will not be held up because of inabdility to se- 
cure sand and gravel at reasonable cost. 


Mr. Robison endorsed Mr. Calkins’ remarks. He also said that, 
while the group wants the Commission to modify its order to permit the tak- 
ing of sand and gravel from the beach area, it is not in favor of the appli- 
cation of such modification indiscriminately because they also are opposed 
to the taking of large rocks from the beach. He suggested that a satisfac- 
tory solution of the problem would be to permit the taking of sand and gvav- 
el and small rocks that do not exceed five inches in diameter. Mr. Zerbee 
stated his approval of Mr. Robison's suggestion. 


after further discussion, and it appearing to the Commission that 
Mr. Robison's suggestion met with the approval of the members of both groups, 
the Commission ordered that the present signs be removed and that there be 
substituted therefor signs prohibiting the taking from this beach rocks of a 
size greater than five inches in diameter. 


Mr. F. M. Franciscovich, attorney, Astoria, came before the High- 
way Commission in behalf of Clatsop County log haulers. He asked the Commis- 
sion to modify its rules and regulations in regard to the procedure for dis- 
ciplining log haulers who have been arrested for transporting over state 
highways loads weighing in excess of the statutory weight limits and the tol- 
erance authorized by the Commission. He particularly requested that the ar- 
rested operator be given 24 hours within which to voluntarily surrender his 
P.U.C. plates rather than be required to surrender them at the time of his 
arrest, as is now the rule. He alleged that violations are not deliberate 
and that the surrender of the P.U.C. plates at the time of arrest would create 
an undue hardship on an innocent man and his crew, and it would be much ap- 
preciated by these men if they were permitted to continue with their hauling 
for the balance of the day on which the arrest occurred. After discussion 
the Commission ayproved Mr. Franciscovich's request and by unanimous vote 
adopted, subject to approval by the Department of State Police, the following 
modified procedure for disciplining such operators for overloading their 
equipment: 


. The statute prescribes that no weight exceeding 17,000 pounds 
shall be loaded on any one axle of a vehicle. When a logging truckis 
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They advised that the United States National Bank of Portland, which owns the 
property at this corner, plans to erect a new bank building thereon, and gave 
as their thought that the State Pighway Commission should arrange now for the 
improvement of the highway before the plans for the new bank building are too 
far advanced. They urged the widening of Jersey Street some 20 feet along 

the south side between Philadelphia Street and Charleston Street, and the 
cutting off of the bank corner a sufficient amount to eliminate the bed turn 
at the Philadelphia Street-Jersey Street intersection. They pointed out that 
this is an important intersection in view of the fact that Philadelphia Street 
leads to the St. Jotms Bridge and that Jersey Street carries a large volume 

of state highway traffic from Lombard Street and Columbia Boulevard. They 
presented a map on which was shown in color the plan that they have in mind. 
In a discussion of this matter the question arose whether or not Jersey Street 
is the proper location for the highway route. The Engineer pointed out the 
possibilities of using Ivanhoe Street, one block west of Jersey Street. It 
was his thought that right of way could be acquired mich more cheaply along 
Ivanhoe Street than along Jersey Street, which is the main business street 

of this district. Mr. Mundorf pointed out that an extension of Columbia Bou- 
levard to Ivanhoe Street would pass directly through the Pacific Telephone & 
Telegraph Company's exchange building, which is a concrete structure built 
for permanency. Chairman Cabell advised that it is reasonable to assume that 
the Highway Commission would construct this change if someone would furnish 
the right of way for the same. He gave as his thought that local people 
should pay a substantial portion of the cost of such right of way and inquired 
as to what the Commission could expect along that line. Mr. Davis seid that 
he did not believe that local people would contribute funds for such purpose. 


After further discussion Chairman Cabell concluded the conference 
by advising that the Commission would look into this matter from the stand- 
point of continuing the highway along the present route and also along Ivan- | 
hoe Street, although there is no possible chance for construction to be un- | 
dertaken in the near future. The Engineer was instructed to investigate the 
project and report thereon at the next meeting. He was also instructed to 
secure from the city of Portland appraisals of the property slong Ivanhoe 
Street. 


A delegation from Oceanlake and vicinity came before the Commission 
in regard to the removal cf rock and sand from the beach area between Ocean— 
lake and Roads End, in Lincoln Comty. The delegation consisted of the fol- 
lowing members, representing two factions, one of which urged the Commission 
to permit the taking of rock and sand from the beach area, and the other of 
property owners who opposed the same: Messrs. John D. Williams, Arthur Zer- 
bee, Hendricks, Buntin; Mr. and Mrs. Clarke, Misa Cline, Miss Summerfield; 
County Commissioner E. G. Calkins, of Lincoln County; former County Judge F. 
C. Robison; and Mr. Alfred T. Walker, Manager of the Dorchester House at 
Nelscott. Mr. Williams headed the group in favor of taking the sand and grav- 
el, and Mr. Zerbee headed the group opposed to the same. Mr. Williams stated 
that the order recently issued by the State Highway Commission prohibiting 
the taking of sand and gravel from the beach area is interfering greatly with 
the development of the Oceanlake District, due to the fact that no other 
source of sand and gravel is available and it is too costly to ship such 
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of the Oregon Coast Highway at Gleneden Beach. He made an urgent plea for 
the retention of the highway in its present location and alleged that if the 
highway is constructed on the proposed new alignment it will render his prop- 
erty worthless for the purpose for which he acquired it. He said that he 
cannot sell his property under present conditions and people who have pur- 
chased property from him under contract are canceling their obligations be- 
cause of the highway change. Chairman Cabell advised that the Commission 
has given this matter very serious consideration and is handling the situa- 
tion here the same as it has been handled in every other locality, and that 
when the Highway Commission rebuilds a highway the work is done on a4 perma— 
nent basis and on an alignment which the Commission considers will never be 
changed. He explained that the Commission has standards that must be fol~ 
lowed in every instance; otherwise, there will be a hodge-podge of highway 
location which would cost the state large sums of money to correct in the 
future. He advised that he personally has inspected the proposed location 
and is satisfied that it is correct, and, in so far as he personally is con- 
cerned, the matter is closed. Commissioner Aldrich concurred in the remarks 
of Chairman Cabell. 


Mr. Cary then asked the Commission, if it will not retain the high- 
way in its present location, to construct on the new alignment now so as to 
permit the people who have bought property from him to develop their proper- 
ties in accordance therewith. He was informed that the Commission does not 
have the funds available to finance such work at the present time. 


Mr. C. Culver, Marshfield, and Mr. George Jenkins, County Agent of 
Coos County, came before the Commsssion in regard to the Commission's plans 
for the construction of a bridge across a place known as Catching Inlet. 
They asked the Commission to alter its plans to provide for the construction 
of a fill and a tidewater gate rather than the bridge so as to improve farm 
conditions and increase the number of acres available to farmers for culti- 
vation. Mr. Culver stated that they propose to formulate a drainage dis- 
trict to be responsible for the flooding of the lands and the operation of 
the gates, but before doing so they want to ascertain the attitude of the 
State Highway Commission with respect to substitution of a fill for the 
bridge. The Engineer advised that the existingj bridge is in very poor con- 
dition and mst be replaced in the nvar future; further, that it is proposed 
to advertise the project for bids to be received in April: so, if a substitu- 
tion is to be made, quick action is necessary. He estimated the cost of the 
bridge at $65,000 and the cost of the fill and tidebox at $64,000. Chairman 
Cabell advised that, so far as costs are concerned, the substitution is sat- 
isfactory, because the Commission wants to cooperate with local people as 
much as possible; but there is a question whether or not approval by the 
United States War Department and Congress can be secured soon enough to 
avoid complication in the Highway Department's plans. The Engineer suggest- 
ed that it would be satisfactory to postpone the bridge project for two or 
three months. After further discussion the Commission decided to defer con- 
tracting the bridge construction from April until May. The Commission in- 
structed Bridge Engineer G. S. Paxson and the Attorney, Mr. J. M. Devers, to 
assist Mr. Culver in securing approval of the various government agencies. 
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weighed by a state police officer and it is found that the weight 
on any axle exceeds the axle limit prescribed by statute or exceeds 
the temporarily reduced load limit prescribed and posted by the 
State Highway Commission, the logging truck operator will be ar~ 
rested by the said officer and shail be subject to the fines and 
penalties prescribed by law. 


If the weight slip shows that the overload on any one axle 
exceeds 18,500 pounds, which is a tolerance of 1500 pounds over and 
above the statutory load limit, or exceeds by 1500 pounds the re- 
duced load limit prescribed and posted by the State Highway Commis- 
sion for the particular section of highway on which the overload 
occurred, the logging truck operator shall be subject to further 
discipline by the State Highway Commission. Under such circumstanc- 
es the arresting officer will request the voluntary surrender of 
the P.U.C. plates carried on the equipment involved in the overload. 
Such plates may either be delivered to the arresting officer at the 
time of the arrest or to the Department of State Police not later 
than the following day at the state police headquarters designated 
by the arresting officer. 


If the P.U.C. plates are voluntarily surrendered, the officer 
will retain them for a period of 10 days following the date of de- 
livery of the plates or for such additional length of time as may 
be fixed by the State Highway Commission. The state police officer 
shall immediately notify the State Highway Commission of such ar- 
rest and shall advise this Commission of the disposition of the 
P.U.C. plates. In the event that the P.U.C. plates are not deliv- 
ered to the arresting officer at the time of the arrest or on the 
following day at the place designated by such officer, then the 
state police officer shall immediately notify the Secretary of the 
State Highway Commission to that effect and said Secretary shall 
request the revocation of the permit of the operator by the Public 
Utilities Commissioner. 


In the event that the overload on any one axle does not exceed 
the 1500-pound tolerance prescribed by the State Highway Commission, 
then the arrested party shall not be required or requested to sur- 
render the P.U.C. plates carried on his equipment; provided, how- 
ever, that such tolerance provision shall not be construed to in any 
way relieve the arrested party from the penalty fixed by law in the 
event suca arrested party pleads guilty to the charge or is found 
guilty upon trial. 


The Engineer was instructed to discuss the matter with the Superintendent of 
the Department of State Police and secure his consent thereto before putting 
the new order into effect. 


Mr. W. F. Cary, Gleneden Beach, came before the Commission and in- 
quired as to the Commission's plans for constructing the proposed revision 
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the constructive service performed by Mr. Hanley for the State of 
Oregon as a member of its Highway Commission, and that we express 
appreciaticn of his genial disposition and friendly attitude to 
all with whom he came in contact. 


That this resolution be made a part of the permanent 
records of this Commission and an engrossed copy thereof be pre- 
sented to Mrs. William Hanley. 


The Commission considered an inquiry from Orville Cox, Florence, 
Oregon, regarding the purchase of a portion of the north 40 feet of Block &, 
Miller's Addition to Florence, outside of the standard width highway right 
of way, said parcel containing 864 square feet. The Engineer recommended 
the sale of this property for a minimum consideration of $50. The Commission 
approved the recommendation by unanimous vote. 


The Commission had under consideration the adoption of a policy 
with respect to constructing improvements on leased property, with particu- 
lar reference to the installation of a traffic truck scale on property be- 
longing to P. and Susan Welch adjacent to the Crater Lake Highway, in Jack- 
son County. ‘The Commission decided not to construct improvements on prop- 
erty that is under lease and ordered that such action be considered as a 
definite policy to be followed hereafter. 


The Commission had under consideration the matter of signing 4 
lease agreement with S. H. Shaw and wife for the use of certain property in 
the Berryvale Addition to Medford, which said property is now being rented 
from the Shaws on a month to month basis. The Commission decided not to en- 
ter into such lease agreement but to continue paying the Shaws rental for 
their property as in the past until the state's building, which was author- 
ized previously in this meeting, has been constructed. 


The Engineer brought up for discussion the matter of maintaining 
a temporary trestle approach to the Pacific Highway at Harrisburg. He ad- 
vised that during the construction of the Willamette River bridge at this 
place in 1925 a portion of the right of way was acquired from the Cc. L. Mor- 
ris Estate, and according to the deed the estate granted to the State High- 
way Commission for a period of one year from August 19,1925, the right of 
access to and upon the Morris property for the purpose of constructing 4 
dike or revetment along the bank of the Willamette River. The deed also re- 
cites, he said, that "in consideration of the convenience to the State of 
Oregon for the purposes of highway construction across the grantors' proper- 
ty and the privilege of going in and upon land of the grantors for tne pur- 
pose of constructing said dike and revetment, the Highway Commission by the 
acceptance of, does hereby agree to construct, build, and maintain for a 
period of 10 years a timber trestle approach suitable for vehicular and ped- 
estrian traffic connecting the highway trestle with the premises of the gran- 
tors. Said trestle to be maintained for the use and benefit of the grantors, 
provided that after said lapse of ten years the grantors or their successors 
in interest shall have the right to maintain said timber trestle approach, 
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Mr. Tom Tongue, attorney, Hillsboro, came before the Commission in 
behalf of the claim of his client, Mr. John Prickett, pertaining to a matter 
of drainage of Mr. Prickett's property adjacent to the Nehalem Secondary 
Highway about one mile north of Banks, in Washington County. It appears 
that when the highway was reconstructed at this place the highway grade was 
constructed in such a manner as to block a drainage channel which for many 
years has dreined Mr. Prickett's property, and Mr. Prickett is now demand— 
ing the sum of $650 as damages, represented by the following items: two 36- 
foot drainage pipes, $200; cost of digging the ditch, $100; miscellaneous 
damages $200; reconstruction of 60 rods of fence, $250. Mr. Tongue said 
that Mr. Prickett, in order to dispose of this matter, is willing to release 
the state from further obligation upon payment to him by the state of the 
sum of $500 and he will assume responsibility for doing the work, provided 
the state will set stakes as a guide. After considerable discussion, the 
Commission accepted “ir. Prickett's offer and ordered that the matter be 
covered by anvropriate agreement. 


The Commission adjourned at 5:45 o'clock p. m., to reconvene the 
following morning in the Benson Hotel. 


Portland, Oregon, March 25, 1938 


The State Highway Commission reconvened at 9:00 o'clock a. m. in 
Room 411, Benson Hotel. Present at such meeting were the following: State 
Highway Commissioners E. B. Aldrich and F. L. Tou Velle; R. H. Baldock, 
State Highway Engineer; J. M. Devers, Attorney; and H. B. Glaisyer, Secre- 
tary. Chairman Henry F. Cabell was unable to be present on account ef ill- 
ness. 


The Secretary reported the death on September 15, 1935, of former 
State Highway Commissioner William Hanley, of Burns. The Commission by unani- 
mous vote adopted the following resolution in regard thereto as an expression 
of sympathy to the bereaved family of the deceased: 


WHEREAS, William Hanley died on the fifteenth day of 
September, 1935; and 


WHEREAS, Mr. Hanley served as a member of the Oregon 
State Highway Commission from August 1, 1931, to February 16, 1932, 
during which time he made valuable contributions to the development 
of Oregon's splendid highway system; and 


WHEREAS, it is deemed appropriate that this Commission in 
this modest manner recognize the splendid service rendered and the 
sage advice given by Mr. Hanley while serving his State as a member 
of said Commission; 


THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the Oregon 
State Highway Commission in regular session assembled: 


That we recognize and acknowledge with due appreciation 


the Lower Columbia River Highway at a place known as Johnson's Landing south 
of Scappoose, to effect an improvement of the reverse curves at such loca- 
tion pending reconstruction of the highway on permanent alignment parallel- 
ing the railroad and passing through a cemetery. The Engineer suggested 

that the most practical way to improve these curves temporarily is to con- 
struct a short section of guard fence around the outside of the north curve 
and to widen and oil the shoulders on the east side of the south curve, if 
the Commission wants to do anything at all. The Commission approved the sug- 
gestion by unanimous vote and authorized the Ingineer to proceed accordingly. 


A letter was presented from Mr. Lacey V. Murrow, Director of High- 
ways of the State of Washington, with respect to the rerouting of the Oregon- 
Washington Highway, in Umatilla County. Mr. idurrow states that a reconnais- 
sance survey has been made of the several routes for the Washington end of 
this road and they have adopted the route along College Avenue through Col- 
lege Place and an extension thereof directly south to the Washington-Oregon 
State line at a point about three-fourths of a mile east of the present high- 
way. The Engineer advised that such location will connect with the proposed 
relocation of this highway in the State of Oregon which passes about one- 
half mile east of the town of Freewater. The Commission instructed the En- 
gineer to inform Mir. Murrow that the location that he has adopted for the 
Washington section meets with the approval of the Oregon State Highway Com- 
mission but there is no chance to construct the Oregon vortion now because 
of lack of funds to finance the work; so it would be appreciated if he will 
defer construction of the Washington portion south of College Place until 
Oregon is ready to construct the Oregon section. He was also instructed to 
inform Mr. Murrow that the rerouting of the highway in Oregon will require a 
public hearing to be held in the town of Freewater and that the Commission 
considers it inadvisable to hold such hearing wtil it is ready to proceed 
with construction. 


Major A. E. McKennett, representing the United States War Depart~ 
ment, was present and conferred with the Commission in regard to the recon- 
struction of the Upper Columbia River Highway at Perham Creek and at Warren 
Greek above the Columbia River backwater caused by the Bonneville Dam. The 
State Highway Engineer inquired why the Government is willing to pay the 
State of Oregon only about $12,000 for reconstructing the highway at Perham 
Creek and only about $16,000 for reconstructing the highway at Werren Creek 
when it is paying to the Oregon-Washington Railroad and Navigation Company 
the sum of $1,500,000 for the reconstruction of the railroad. Major McKen- 
nett stated that most of the money that is being paid to the railroad com- 
pany is to defray the cost of constructing riprap as a protection ageinst 
wave action, wind, tides, et cetera, to which the highway would not be sub- 
jected. He stated further that only e short section of the highway has to 
be reconstructed compared with a very long section of the railroad. It was 
his thought that on a comparative basis the state is receiving just as favor-— 
able consideration as the railroad company. 


The question of right of way was e}so disoussed, particularly that 


needed at Warren Creek, involving the acquisition of land from the railroad 
company or the encroachment of the highway upon railroad property. In this 
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exceot that portion level with the Willamette River bridge which shall for- 
ever be maintained by the state." 


The Engineer advised that notwithstanding the reading of the deed, 
the heirs to the Morris Estate refuse to assume the responsibility for the 
maintenance of that portion of the trestle off the highway right of way, al-~ 
though the Highwey Maintenance Department is maintaining the portion that is 
located on the highway right of way. He pointed out that it is necessary 
from time to time to make repairs to the revetment and that the only means 
of access to the revetment is over the property of the Morris Estate. He re- 
quested instructions from the Commission what to do in the matter and rec- 
ommended that the Commission enter into a new agreement with the Morris Es- 
tate providing for maintenance by the state of the entire timber trestle ap- 
proach bridge, both on and off the highway right of way, in exchange for 
which the Morris Estate shall grant to the state a permanent easement over 
its property, allowing the Highway Department access to the revetment and 
dike, with equipment necessary for repairs. He advised that the heirs to 
the estate have signified their willingness to grant such an easement over 
their property. After discussion, and it appearing to the Commission that 
access to the dike or revetment is an absolute necessity, the Commission ap~ 
proved the Engineer's recommendation by unanimous vote and ordered that the 
matter be covered by appropriate agreement. 


The Attorney brought up for discussion matters pertaining to the 
Volz condemation action for the acquisition of an addition to Silver Creek 
Falls State Park in Marion County. He said that Mr. Volz is wnwilling to 
sell his land for the amount offered by the state, hence it is necessary to 
proceed with the condemnation; also, that Mr. Volz has two tenants who are 
occupying the property, one of whom operates a dance hall and the other a 
beer parlor, but neither of these tenants has been made a party to the law— 
suit, so they cannot testify as to their losses in the event the state ac- 
quires the property and evicts them. The leases, he said, expire in three 
years, and, if the state takes title now, it will have to be subject to the 
leases. He inquired as to the wishes of the Highway Commission in regard 
thereto. The Commission voted unanimously to proceed with condemation, not- 
withstanding the leases, without including the tenants as parties to the suit. 


The Commission considered a letter from V. S. Howard, lawyer, Madras, 
with respect to the construction of a cattle pass under the Warm Springs High- 
way near Madras. The Commission denied the request, it appearing that the es- 
timated cost of cotistructing the cattle pass exceeds the appraised value of 
Mr. Howard's property; it also appearing that no cattle have been grazed on 
Mr. Howard's property for the past seven years, so there is no apparent need 
for a cattle pass. 


‘The Commission considered and approved the form of deed whereby the 
Weyerhaeuser Timber Company proposes to deed to Tillamook County certain tim- 
ber lands adjacent to the Wilson River Highway, in Tillamook County, it ap- 
pearing to the Commission that the reservations contained therein are not of 
sufficient importance to require a modification of the form. 


The Engineer reported on the cost to reconstruct a short section of 
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road at Adams as a temporary connection between the old and new highways. 

The question arose whether or not it would be necessary to secure an order 
from the Public Utilities Commissioner in order to use this grede crossing 
temporarily. The Attorney was instructed to discuss the matter with the Pub- 
lic Utilities Commissioner and also with the railroad officials. A definite 
decision in regard to the improvement was deferred pending consultation with 
Chairman Cabell. 


The Engineer reported briefly on the cost to construct the proposed 
revision of the Pacific Highway West through the town of Tigard along three 
alternate routes that are under consideration. He estimated that to con- 
struct the northwesterly line would cost about $385,000; the center line 
would cost about $342,000; and the southeasterly line about $301,000; all es- 
timates being imclusive of right of way and including a railroad grade sepa- 
ration structure over the Southern Pacific and Oregon Electric railroad 
tracks. He expressed his preference for the northwesterly route, which is 
the most expensive from the standpoint of construction as well as right of 
way. The Commission deferred action on this matter until the next meeting 
and instructed the Engineer to secure options in the meantime for right of 
way on each of the alternate routes for consideration at that time. 


The Engineer also reported briefly on the results of a reconnais- 
sance survey for a proposed revision of the Oregon Coast Highway in Coos 
County, bypassing the town of Coquille. He said that the bypass would save 
about 7 miles in distance between Marshfield and Bandon but would cost about 
$550,000. so could not be constructed in the near future because of shortage 
of funds. Meantime, he added, something should be done about improving the 
condition of the low section of the Oregon Coast Highway, known as the dike 
section, just west of Coquille, which is inundated about every time there is 
a period of high water; in fact, was closed to traffic four or five times 
this winter from such cause. He said that a location survey has not been 
made to determine the cost to raise this section but a rough estimate indi- 
cates that it would cost about $143,000. It was the thought of the Commis- 
sioners that something should be done to relieve conditions at this noint, 
whereupon the Engineer was instructed to make a location survey of the sec- 
tion and report his findings, including costs, to the Commission at the next 
meeting. 


The Commission had under consideration commmications and petitions 
from L. M. Lepper, Portland, urging the designation and construction as 4 
state highway of a road connecting The Dalles-California Highway and the Wa- 
pinitia Highway, passing through a place mown as Wamic. The Engineer gave 
as his thought that the Commission is not justified in spending any of its 
funds for the construction of such road at the present time and recommended 
that the request be denied. The Commission approved the recommendation by 
unanimous vote and instructed the Engineer to so inform Mr. Lepper. 


The Commission had under discussion a report from the Engineer on 
the advisability of designating as a state secondary highway the county road 
extending from the Mt. Hood Highway through the towns of Odell and Summit to 
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regard Major McKennett referred to a letter from F. N. Finch, General Manager 
of the Oregon-Washington Railroad and Navigation Company, in which Mr. Finch 
states that the railroad company is ready and willing to let the highway en- 
croach on the railroad property whenever the state is ready to use it. The 
State Highway Engineer advised that complications have arisen since Mr. 
Finch's letter was written and it now appears that the highway right of way 
will not be as easily obtainable as was first thought. After considerable 
discussion the matter was left to Chairman Cabell with full power to pass on 
the matter. The Engineer was instructed to work up the details and discuss 
the matter with Mr. Cabell. 


Major McKennett then brought up for discussion the matter of con- 
structing a fill with tide gates across Mill Creek on the Columbia River 
Highway at The Dalles as a substitute for the existing temporary timber 
bridge which was built by the state several years ago pending the working up 
of plans by the United States War Department for its proposed improvement at 
this point. Major McKennett explained that this fill is needed as soon as 
possible in order to prevent the flooding of lands by backwater from Bonne- 
ville Dam and gave as his thought that now is a good time to have the work 
done while the Government has a contractor working in that vicinity. He es- 
timated that the fill would take about 5,500 cubic yards of material and 
pointed out that the fill slopes would have to be riprapped. The riprepping 
work, he said, would be paid for with government funds but the filling work 
could not be handled in such manner because the work is not covered in the 
Government's contract. He estimated that the fill would cost about 50¢ per 
cubic yard. He also said that the Government would construct and pay for 
the culvert through this fill to take care of excess water. The State High- 
way Engineer questioned the concern of the state in this matter, it appearing 
to him that the flooding of lands is a matter strictly the Government's re- 
sponsibility. He pointed out that the State Highway Commission is short of 
funds and must watch expenditures very closely. After considerable discus- 
sion the Commission decided to refer the entire matter to Chairman Cabell and 
the Engineer with full power to act. The Engineer was instructed to make a 
joint inspection of the premises with Major McKennett and report his findings 
to Chairman Cabell. 


The Engineer reported the results of a reconnaissance survey made 
by Engineer J. F. Waller on the reconstruction of the Oregon-Washington High- 
way between Pendleton and the Washington State line, with particular refer- 
ence to the section between Pendleton and Adams (see report dated October 
1936). He pointed out that the present highway is constructed in the Wild 
Horse Creek Canyon and is subject to overflow during periods of high water. 
Furthermore, it is very narrow and crooked, whereas the proposed route fol- 
lows a direct line between Pendleton and Adams through the wheat fields well 
abave water, where it can be built wide and straight. He estimated that to 
reconstruct the present road would cost about $175,000 more than to build a 
new highway on the pro,osed location, and pointed out that the proposed route 
would be about six-tenths of a mile shorter than the existing route between 
common points. He also pointed out that the proposed route would eliminate 
the grade crossing of the Oregon-Washington Railroad and Navigation Com any's 
tracks at Adams. However, until the highway is reconstructed throughout, it 
would be necessary for traffic to use the existing grade crossing on a county 
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The Engineer reported the results of an investigation of the But- 
ler Market Road in Deschutes County which has been proposed by the Deschutes 
County Court as a substitute for the present route of the Powell Butte Sec- 
ondary Highway into Bend. He said that the distance to Bend from the junc- 
tion of tho Butler Market Road and the Powell. Butte Secondary Highway is 
about 8 miles by way of the present route and about 745 miles by way of the 
Butler Market Road; in other words, the route by way of the Butler Market 
Road is 0.55 mile shorter than the present route; however, the present route 
for about 5 miles is over the Central Oregon Highway, which is oiled, whereas 
the Butler Market Road is an unimproved road through an irrigated district, 
has poor alignmentaud grade, and would be difficult to maintain during the 
winter because of its exposure to the elements. He pointed out that the 
change in route would involve abandonment of 3 miles of secondery highway and 
the designation as a secondary state highway of 7.45 miles of new road. He 
recommended that the request be denied. The Commission approved the recom- 
mendation. 


The Commission had under consideration the matter of widening the 
right of way of the Sunnyside-Umapine Secondary Highway, which the Commission 
plans to improve as a federal aid secondary highway project. The Engineer 
advised that the present right of way between Sunnyside and Umapine is only 
40 feet wide and there is a question whether or not the Bureau of Public Roads 
will approve an expenditure of government funds for an improvement on a right 
of way of such narrow width. This question was answered by Mr. W. H: Lynch, 
District Engineer, Bureau of Public Roads, who was present. Mr. Lynch stated 
that, if the state can construct a suitable road improvement on 4 40-foot 
right of way and will assure the Federal Government that can be done, the 
Government will not require that the right of way be widened. 


The Commission considered and ordered filed a report from the Amer- 
ican Association of State Highway Officials showing the standing of the var- 
ious states with respect to the 1938 Federal Aid Funds available for pro- 

projects. The report revealed that Oregon stands eleventh, with 
67.65 per cent of such funds under contract. 


The Commission considered a letter from the Attorney dated March 
11, 1938, with respect to the Highway Commission's liability for injuries or 
death caused by rocks falling from the hillside onto a state highway. The 
Commission ordered the letter filed, action on such matter having been taken 
at the previous meeting and there being no further action needed at thistime. 


In this connection the Commission authorized the Engineer to spend 
approximately $25,000 of state highway funds for combing the slopes adjacent 
to the Columbia River Highway at Mosier tunnel and for improvements in the 
tunnel, which improvements are to include increasing the width and the height 
of the same. The Commission ordered that such expense be paid from the emer- 
gency or contingent fund. 


The Commission considered and ordered filed a reconnaissance survey 


report from the Engineer on the proposed revision of the Lower Columbia River 
Highway at Mile Post 89 for the elimination of sharp curves in the present 
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a connection with the Hood River Secondary Highway in Hood River County. The 
Engineer said that the road shows 4 reasonable solvency but he could not rec- 
commend that it be made a secondary highway at this time because there is 
now being spent annually for maintenance of secondary highways in Hood River 
County an average of $7,500, which is about $3,000 more than the county is 
entitled to. It was his thought that the present secondary highways in this 
county should be completed before the Commission adds any more roads to that 
system. The Commission concurred in the viewpoint of the Engineer and so 
ordered. The Engineer was instructea to convey such information to the Hcod 
River County Court. 


The Engineer also reported on the cost to construct the line change 
requested by the Tillamook County Court on the Nehalem-Manzanita county road 
which is now being maintained by the state as a state highway pending con- 
struction of the connecting link in the state highway between Manzanita and 
the Oregon Coast Highway, near Fisher Point. The Engineer advised that high- 
way maintenance crews are about to rebuild two small bridges on the existing 
road and that the county court wants the Commission to rebuild these on 
alignment that will eliminate two sharp curves, and in order to secure such 
improvement the county will furnish the right of way and clear the same and 
will also provide a power shovel and do the excavation work that is needed 
and will load the rock for surfacing and oiling,on the condition that the 
state will vrovide the trucks to do the hauling work, and will oil the road 
when the surfacing is completed. He suggested that, if the plan is approved, 
the trucks could be taken from the Wilson River Highway at such time as the 
work there is slack. He estimated that it will require three trucks for a 
period of about ten days, and recommended approval of the project. The Com 
mission approved the recommendation by unanimous vote. 


The Commission had under discussion the Engineer's report on the 
cost to regrade a section of the East Portland-Oregon City Highway in front 
of Dr. G. H. Huthman's property at Grand Avenue and Brooklyn Street, Portland. 
The Engineer estimated that such work, exclusive of revising the gerages and 
constructing a toe wall and steps, would cost about $3,000. Such estimate, 
he said, is intended merely to cover the work which might be asked of the 
state if Dr. Huthman's nroperty were cut down to a level with the highway and 
it were a desire of the state to lower the pavement, curbs, and sidewalk, but 
it does not include any reconstruction on private property. After discussion 
the Commission authorized the Engineer by unanimous vote to proceed with such 
reconstruction work when and if Dr. Huthman has regraded his property, but 
not before. 


The Engineer reported on the cost to acquire right of way for a 
connection between the Warm Springs Highway and the Ochoco Highway in the 
city of Prineville, as proposed by County Judge A. R. Bowmen of Crook County. 
He estimated that such right of way would cost about $32,000, and recommend- 
ed, in view of the present shortage of funds, which precludes the construc- 
tion of the project in the near future, that the acquisition of right of way 
be postponed. The Commission approved the recommendation and instructed the 
Engineer to so inform Judge Bowman. 
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The Commission by unanimous vote authorized the payment of $350.00 
to the Aterican Association of State Highway Officials for the Commission's 
1938 dues for membership in such organization. 


The Cormission by unanimous vote authorized N. M. Finkbiner, Engi- 
neer of Materials, to go to Seattle, Washington, to view some special tests 
that are to be conducted on wood stave pipe culverts in the Forest Products 
Laboratory at the University of Washington, March 24 and 25, 1938, subject 
to the condition that Governor Martin will approve the out-of-state travel 
autharization. 


The Commission also by unanimous vote authorized the Office Engi- 
neer, S. H. Probert, to attend the meeting of the Committee on Uniform Ac- 
counting of the American Association of State Highway Officials which is to 
be held in Chicago, Illinois, on April 11, 1938. The trip is to be made at 
state expense provided Governor Martin concurs in the approval. 


The Commission also authorized Bridge Engineer Glenn S. Paxson to 
attend, at state expense, a meeting of the Bridge Committee of the American 
Association of State Highway Officials which is to be held in Salt Lake City 
May 2 to 6, 1938. 


The Commission considered and denied the request of Mr. B. F. 
Howard, Shedd, Oregon, that the name of the locality mown as Smithfield, in 
Lane County, be printed on future highway maps, it being considered by the 
Commission inadvisable to place this name on the map in view of the fact 
that a controversy exists among the local people as to whether or not the 
place should be known as Smithfield, some contending for the name Franklin. 


The Commission considered the adoption of a policy with respect to 
the penalty which is being imposed on log haulers who have been arrested four 
times or more for transporting over state highways loads weighing in excess 
of the statutory weight limits. The Commission decided upon a penalty of 10 
days' suspension of the operator's permit, in so far as it pertains to the 
particular equipment involved in the arrest, for each violation. 


The adoption of a policy with respect to the disposal of logs 
which have fallen from trucks and have been left on state highway rights of 
way had the attention of the State Highway Commission. The Commission or- 
dered that hereafter in instances of this kind an attempt should be made to 
ascertain the owner of the logs, and if the owner can be found, he is to be 
requested to remove the logs from the highway right of way. If he refuses 
to do so within a reasonable length of time, then the Public Utilities Com- 
missioner is to be requested to cancel the permit of the offending operator, 
and the logs then are to be either burned or given to someone who will re- 
move them from the highway right of way, provided the Commission has legal 
authority to dispose of them in such manner. 


The Engineer reported that some of the highways on which reduced 


load limits have been in effect since the first of the year have now dried 
out sufficiently to withstand legal weight loads. He submitted a list of 
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alignment at a place mow as Big Creek railroad crossing. (See report of J. 
F. Waller, Locating Engineer, dated March 1938, for a revision between Mile 
Post 88.5 and Mile Post 89.5.) 


The matter of constructing a nonskid wearing surface on Sherman 
Avenue in North Bend, Oregon Coast Highway, had the attention of the Commis~ 
sion. The Engineer pointed out that the Commission, at a previous meeting, 
authorized an expenditure of $5,000 to finance such work. He requested au~ 
thority to increase the minor betterment budget for primary highways in such 
amount. The Commission approved the request by unanimous vote, which raises 
such budget from $175,000 to $180,000. 


The Commission by unanimous vote authorized the purchase of the 
following equipment: 


12 new cars of the Ford or Chevrolet type and 8 new pickup trucks 
of the same type. There are to be traded in as part purchase 
price for such equipment 12 worn-out cars and 8 worn-out pickup 
trucks, resulting in a net total cash outlay for the new equipment 
of $13,800.00. 


2 hoists for installation on 2 new trucks assigned to bridge crews, 
estimated total cost $700.00. 


2 traffic-actuated traffic signal controls complete with detectors, 
signal heads, et cetera, for future installation, estimated total 
cost $5,400.00 exclusive of installation charge. 


1 traffic-actuated signal for installation at the intersection of 
82nd and Stark Streets, Portland, estimated total cost installed 
$3,200.00. The Commission's approval of this installation was 
1s det Say upon the city of Portland paying one-half of the cost 
thereof. 


11 dictograph station boxes to complete the dictograph installation 
in the Salem offices. This equipment is to be purchased from the 
Converse Company, Inc., Seattle, for $3,000.00. 


The Attorney brought up for discussion the question of payment of 
additional damages in connection with the derailment of the Union Pacific 
Company's train at Oneonta on February 21, 1936, and explained that he had a 
letter from Mr. Roy F. Shields, attorney for the Union Pacific Company, who 
stated that there is an opportunity to compromise the case of E. L. Sayres 
versus the Union Pacific Company for (1,500. The plaintiff is asking for 
about $3,000. This case was pending at the time Mr. Cabell and Mr. Finch 
agreed upon the compromise settlement on the basis of 50-50 and that settle- 
ment was made with the understanding that whatever the railroad company had 
to pay as a result of the pending case would be disposed of on the same ba- 
sis. The Attorney was instructed to confer with Mr. Shields with respect 
to the compromise settlement and then report back to the Commission. 
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SIUSLAW HIGHWAY from the junction with the Pacific High- 
way near Junction City to Florence, in Lane County; 


THE DALLES-CALIFORNIA HIGHWAY between Maupin, in Wasco 
County, and Terrebonne, in Deschutes County; 


McKENZIE HIGHWAY between Sisters and Redmond, in Des- 
chutes County; 


OCHOCO HIGHWAY between Redmond, in Deschutes County, and 
Prineville, in Crook County; the reduced load limit from 
Prineville to a point six miles east thereof remains in 
full force and effect; 


McKENZIE-BEND HIGHWAY from Sisters to the junction with 
The Dalles-California Highway near Bend, in Deschutes 
County ; 


CENTRAL OREGON HIGHWAY between Bend, in Deschutes County, 
and Burns, in Harney County; 


OREGON COAST HIGHWAY from Marshfield, in Coos County, to 
Port Orford, in Curry County; 


FREMONT HIGHWAY between Silver Lake and Lakeview, in Lake 
County; 


be and the same hereby is rescinded and cancelled as of this date, 
and the maximum load limit permissible on the said sections of the 
said highways hereafter shall be the maximum load limit provided by 
law; and it is further ordered that a certified copy of this reso- 
lution be furnished to the county clerk of each county in which 

said highways are located, and that a certified copy of this reso- 
lution be furnished to the Superintendent of the Department of Stete 
Police for his information. 


The Commission approved the Engineer's letter directed *o the Tilla- 
mook Drainage District regarding the proposed relocation of the Oregon Coast 
Highway just south of Tillamook, wherein the Engineer advised the district 
that the Commission has no funds available for the reconstruction of this sec- 
tion and there will probably be none until the new route of the regen Coast 
Highway around Neahkahnie Mountain, and the Wilson River Highway,are completed, 
s0 it appears that the existing highway will have to be used for some time to 
come. 


The Engineer reported that in accordance with authority previously 
granted him by the Commission he has awarded several contracts for which bids 
were received by the Commission on February 17, 1938. He asked the Commis- 
sion to confirm such awards, which are as follows: 
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such highways and recommended the lifting of such reduced load limits. The 
Commission approved the recommendation by unanimous vote and adopted the fol- 
lowing resolution in regard thereto: 


WHEREAS, on the sixth day of January, 1938, at a meeting 
of the Oregon State Highway Commission, all members being present 
and participating, the Commission passed and adopted a resolution 
reducing the maximum load limit on the following state highway: 


SIUSLAW HIGHWAY from the junction with the Pacific High- 
way near Junction City to Florence, in Lane County; and 


WHEREAS, on the sixteenth day of February, 1938, at a 
meeting of the Oregon State Highway Commission, all members being 
present and participating, the Commission passed and adopted a res~ 
olution reducing the maximum load limit on the following state 
highways: 


THE DALLES-CALIFORNIA HIGHWAY between Maupin, in Wasco 
County, and Terrebonne, in Deschutes County; 


McKENZIE HIGHWAY between Sisters and Redmond, in Des- 
chutes County; 


OCHOCO HIGHWAY between Redmond, in Deschutes County, and 
a point six miles east of Prineville, in Crook County; 


McKENZIE-BEND HIGHWAY from Sisters to the junction with 
The Dalles-California Highway near Bend, in Deschutes 
County ; 


CENTRAL OREGON HIGHWAY between Bend, in Deschutes County, 
and Burns, in Harney County; 


OREGON COAST HIGHWAY from Marshfield, in Coos County, to 
Port Orford, in Curry County; 


FREMONT HIGHWAY between Silver Lake and Lakeview, in 
Lake County; and 


WHEREAS, subsequent to the passage of said resolution, 
conditions have changed so that it is now no longer necessary or 
desirable, and the Commission hereby finds that it is no longer 
necessary or desirable to maintain the reduced load limits set out 
in said resolutions on the suid state highways; 


NOW, THEREFORE, BE IT RESOLVED that the action of the 


State Highway Commission reducing the maximum permissible load lim- 
it on the 


(Continued on next page) 
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Consideration was given by the Commission to a petition signed by 
59 citizens of the town of Dundee, urging the paving of the Pacific Highway 
West full width between curbs through their town. The Engineer advised that 
according to present plans a section of this highway near Dundee is to be re- 
constructed this year. He recommended that the improvement of the highway 
through the town of Dundee be included in this contract. The Commission ap- 
proved the recommendation by unanimous vote and so ordered. 


The Commission considered and denied a request from J. W. Ostrander, 
Gold Beach, for state aid in financing thy construction of right of way fences 
infront of his premises along the Oregon Coast Highwey, in Curry County. 


A letter was presented from H.B.Thomas, Mayor, Boardman, Oregon, 
requesting permission to dump garbage in an old state-owned gravel pit locat- 
ed about one-fourth mile west of the town of Boardman. The Commission denied 
the request. 


A letter was presented from George G. Peil, Past President of the 
Waldport Chamber of Commerce, requesting the support of the Commission in 
ridding the Oregon Coast Highway of advertising signs and billboards. The 
Commission indicated approval of the sentiment expressed in the letter, 
which is in conformity with the Commission's established policy. regarding 
sign matters. The Engineer was instructed to bear this feature in mind in 
the preparation of a circular letter with respect to the maintenance of signs 
along state highway rights of way. 


The Commission considered and ordered filed a commmication from 
the Neighborhood Community Club, Portland, opposing the construction of the 
proposed Foothills Boulevard Project in Portland. 


A petition bearing 202 signatures of residents of Portland, Mt. 
Angel, Silverton, and vicinity, was presented, pointing out the beauties of 
Abiqua Falis, in Marion County, and urging the Commission to construct a road 
up to these falls so that they may be enjoyed by the general public. The In- 
gineer advised that this road would be approximately 9.3 miles in length, 
and that to grade, surface, and oil the same and to construct necessary 
bridges would cost about $196,000, and that the total annual cost for mainten- 
ance, et cetera, would amount to $18,000. The Commission considered that the 
time is not propitious to place this road on the state highway system and ac- 
cordingly denied the request. 


The Gommission considered and ordered filed a letter from Charles 
M. Bristol, Portland, urging the reconstruction of the Columbia River High- 
way (Sandy Boulevard) through Troutdale and westerly thereof, on the present 
alignment instead of on a new location north of the Union Pacific Railroad 
tracks and across the bottom lands. 


The Commission also considered and ordered filed a resolution from 
the Klamath County Pomona Grange favoring change in the highway laws so as 
to give the State Highway Commission police jurisdiction over state highways 
for the control of speed, et cetera. 
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Contract for furnishing crushed rock in stock piles for the 
Mystic Creek-Brockway Section of the Coos Bay-Roseburg Highway, in 
Douglas County. Awarded on March 16, 1938, to D. L. Ashton, Leban+ 
on, the low bidder, at his bid price cf $11,571.00. 


Contract for furnishing crushed rock in stock pile for the 
Hood River Rock Production Project on the Columbia River and Mt. 
Hood Highways, in Hood River and Wasco Counties. Awarded on March 
12, 1938, to Schmeer, Williams & Gentemann, Portland, who submit- 
ted the low bid therefor at $12,467.40. 


Contract for construction of the Hill Creek Bridge Section 
of the Pacific Highway, in Lane County. Awarded on March 3, 1938, 
to Edlefsen-Weygandt Company, Portland, who submitted the low bid 
therefor at $16,137.50. 


Contract for the Gold Hill Rock Production Project on the 
Pacific Highway and Sams Valley Secondary Highway, in Jackson Cow- 
ty. Awarded on March 8, 1938, to A. S. Wallace, Roseburg, who sub- 
mitted the low bid therefor in the amount of $8,905.00. 


The Commission confirmed the award of the above contracts by unanimous vote, 
The Commission considered and approved W.P.A. projects as follows: 


Grading work on the Wolf Creek Highway east of Sunset Camp to Sunset 
Tunnel. Estimated total cost, $389,969; state's share, $180,480. 


Construction of a maintenance patrol building at Forest Grove. 
Estimated total cost $8,142.00; state's share $4,957.00. 


A petition signed by 96 residents of Marshfield, Coos River, and 
wicinity, requesting construction of a bridge over Coos River replacing the 
Enegren Ferry, had the attention of the Commission. The Engineer estimated 
that such bridge would cost approximately $100,000. It was his thought that 
such expense is not justified, particularly in view of the fact that the 
state is now maintaining a free ferry at this location, and recommended that 


the request be denied. The Commission approved the recommendation by unani- 
mous vote. 


A letter was presented from Catching Inlet Grange No. 690, Marsh- 
field, requesting the oiling of the Coos River Secondary Highway as far as the 
EFnegren Ferry. The Commission denied the request, there being no funds to fi- 
nance such improvement, and varticularly in view of the fact thet the Commis- 
1 sion proposes to construct a bridge across Catching Inlet which will take all 
of the funds that the Commission has to spare ferthis vicinity. 


A letter -was prescnted from Philomath City Council requesting the 
) oiling or paving of the strips between the highway pavement and curb lines m 
1 the Corvallis-Newport Highway between "F" Street and "H" Street in Philomath. 
apie The Commission denied the request on account of lack of funds. (This project 
ae was approved at mecting held on April 14th.) 
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Prepare Plans ~- 104-2819 - Jewell-Klaslanine Summit Sect., Nehalem Secondary 
Highway. lst authorization - § 2,500.00 
Right of Way - - 21-2812 - Otis—Delake Sect., Oregon Coast Highway. 
3rd authorization - - $500.00 
Total to date $1,070.00 
Quarry Site - - 121-2823 - M.P. 10 to M.P. 20, Siletz Secondary Highway. 
lst authorization - - $400.00 
Quarry Site - - 12]~2822 - Norton Summit Section, Eddyv ille-Blodgett Second- 
ary Highway. lst authorization - - $400.00 
Prepare Plans - — 36-2818 - McMinnville Section, Pacific Highway West. 
lst authorization - - $350.00 
Prepare Plans - - 22-2811 - Shedd-Halsey Section, Pacific Highway Fast. 
lst authorization - - $200.00 
Prepare Plans - - 9-2815 - Oasis at Brothers, Bend-Burns Highway. 
2nd authorization - - $100.00 


Total to date $800.00 


Reconn. Survey - 18-2813 - Chemult-Modoc Point, The Dalles-California High- 


way. | 2nd authorization - - $225.00 
Total to date $1,225.00 
Location - - - - - 5~2811 - Rainier-Clatskanie Sect., Columbia River Highway. 
lst authorization - - - $50.00 
Relocation - - - 14-2813 - Mitchell Point Section, Columbia River Highway. 
Survey 1st authorization - -$2,000.00 
Reconn, Survey - - 9-2809 - Tumalo Section, McKenzie-Bend Highway. 
2nd authorization - - $150.00 
Total to date $570.00 
Location - - - - - 34-2818 - Multnomah County Line South, Pacific Highway West 
end authorization - - $900.00 


Total to date $2,500.00 


Prepare Plans ~- - 24-2817 - Salem, Capitol & Summer Streets, Pacific Highway 


East. ist authorization - -$1,000.00 


Prepare Plans - -227-2810 - Inde endence-Buena Vista Section » Polk County Road 


1st authorization - -$1,050.00 


Prepare Plans ~ -236-2819 - Sheridan and S.E. Yamhill County Road 


ist authorization - -$1,050.00 


Prepare Plans ~ -205-2812 - Vernonia~Golf Course, Upper Nehalem County Poad. 


1st authorization - - $900.00 
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A letter was presented fram the Pacific Telephone & Telegraph Com- 
pany, inquiring whether or not the State Highway Commission has any objec- 
tions to the company constructing a fireprocf building on private property 
situate between the Columbia River Highway and the 0.W.R.& N. railroad tracks 
opposite Ainsworth State Park, about one mile east of Horsetail Falls, in 
Multnomah County. The Engineer advised that the new location for the high- 
way up the Columbia River is a considerable distance away from the present 
highway at this point and in his estimation the Highway Department would 
have no use for the land on which the company proposes to erect its build- 
ing; further, that the building, in his estimation, will not interfere with 
the highway activities in the least. In view of the Engineer's report, the 
Secretary was instructed by the Commission to inform the company that the 
Highway Commission will not offer any objections to its plans in this re- 


The Commission considered and ordered filed a resolution from the 
City Council of Gearhart, in which suggestion was made that the Highway Com- 
mission acquire ownership to the ‘idelands and beach within the corporate 
limits of the city of Gearhart 


The Commission considered and referred to the State Parks Superin- 
tendent for investigation and report a letter from Oscar Furuset, Portland, 
suggesting that the state should acquire ownership of a small grove situate 
edjacent to the Pacific Highway West, a short distance south of the town of 


Monmouth. 


A letter was presented from Mr. William H. Baker, Principal of the 
Grass Valley Public Schools, Grass Valley, Oregon, requesting permission to 
collect en occasional wild flower specimen along the state highways in the 
vicinity of Grass Valley. The Commission referred this matter to the Land- 
scape Engineer for recommendation and authorized the Secretary to issue a 
permit to ir. Baker, in the event recommendation is favoreble. 


The Commission considered and signed a bargain and sale deed con- 
veying unto Sarah E. Mulkey for the sum of $207.00, 2.25 acres of land in 
Douglas County. 


The Engineer asked the Commission to authorize certain surveys 
which, in accordance with authority previously given him by the Commission, 
he has ordered since the last meeting. He presented a list of such surveys. 
Motion was made by Commissioner Tou Velle that the State Highway Engineer be 
authorized and instructed to make such location surveys on various sections 
of the highways of this state, which said sections of highways, together with 
their identifying survey numbers and the amounts authorized and allocated for 
survey expenditures, are as follows: 


Location - 6~-2810 - Marshfield-Coquille Sect., Oregon Coast Highway, Coos 
County. 4th authorization - § 1,000.00 
Total to date $18,300.00 
Gravel Pit 10-2813 - Scottsburg-Drain Sect., Umpqua Highway, Douglas County 
2nd authorization - $50.00 
Total to date $250.00 
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Prepare Plans - 203-2817 - Eagle Creek-Dover Section Clackamas County Road. 
Ist authorization - $1,300.00 


Prepare Plans - 8-2808 - Brookings Section, Oregon Coast Highway. 
2nd authorization - - $400.00 
Total to date $2,000.00 


Location - - - 18-2818 - Chiloquin Preliminaries, The Dalles-California Hwy. 
3rd authorization - $1,800.00 
Total to date $9,200.00 


Prepare Plans - 18-2821 - Olene Grade Crossing, Klamath Falls-lakeview Hwy. 
2nd authorization - - $75.00 
Total to date $175.00 


Prepare Plans - 18-2817 - City of Klamath Falls, Main St. Railway Crossing. 
2nd authorization - - $105.00 
Total to date $505.00 


Prepare Plans - 234-2819 - Hillsboro-Cornelius Pass Section, Washington Coun- 
ty Road. lst authorization - - $600.00 


Reconn. Survey - 4-2820 - Swensonel/estport Gect., Columbia River Highway. 
lst authorization - - $250.00 


The motion was duly seconded by Commissioner Aldrich and was declared carried. 


The Commission had under consideration the following requests for 
extensions of time within which to complete highway construction projects: 


Orino, Birkemeier & Saremal, Contract No. 1815, for grading, 
and bridge and tunnel construction on the Arch Cape Tunnel Section 
of the Oregon Coast Highway, in Clatsop County, requested an addi- 
tional extension of time, from July 1, 1937, to such date as may 
be established by the State Highway Department as the completion 
date for this contract. The Enginzer advised that Feb, 28,1937, was the 
date of completion specified in the contract, but this was extended 
to July 1, 1937, without penalty, because of a 60-day delay in se- 
curing additional treated tunnel timber and because slower progress 
was made in driving the tunnel through hazardous and difficult 
ground than was anticipated. He pointed out that the amount of work 
completed by the contractor far exceeds the amount anticipated when 
the contract was awarded, due to the necessity of constructing addi- 
tional timber lining and the performance of other extra work, such 
as grouting behind the timbers and the reconstruction of the timber- 
ing at the south end of the tunnel. He further advised that the 
traveling public has not been inconvenienced by the delay in com- 
pleting the contract within the specified time limit, and recommend- 
ed, in view of the circumstances, that the extension of time re- 
quested be granted to February 5, 1938, the date on which the con- 
tract was completed. He submitted a letter from the Bureau of Public 
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Pians ~- -114-2809 - Jericho Lane-Odell Junction, Hood River Secondary 
wef ~ Highway. 2nd authorization - - $300.00 
Total to date, $1,650.00 


Location - - - - 18-2824 - Crescent-Diamond Lake Junction and Diamond Lake 
Junction Sections of The Dalles-Califcrnie and 
East Diamond Lake Highways. 
lst authorization - - $400.00 


Location - - - - 18-2815 - Crooked Creek-Modoc Point Sect., The Dalles-Cal- 
ifornia Highway. 3rd authorization - -$7,355.00 
Total to date $14,630.00 


Stock Pile - - - 28-1202 - Dillon-John Day River Sect., Columbia River Hwy. 
lst authorization - - $900.00 


Prepare Plans - -231-2813 - North Powder-North Powder River Sect., N. Powder 
County Road. lst authorization - - $720.00 


Prepare Plans ~ ~125-2807 - Rhea Creek-Heppner Section, Wasco-Heppner Road. 
ist authorization - -$1,500.00 


Prepare Plans - -232-2806 - Enterprise-Joseph Sect., Hurricane Creek County 
Road. lst authorization - -~$1,170.00 


Revetment - - - - 20-2828 - Harrisburg—Junction City Sect., Pacific Hwy East. 
ist authorization - - $100.00 


Prepare Plans - -226-2833 - Thempson and Laidlaw Roads » Multnomah County Roads 
lst authorization - - $600.00 
Prepare Plans - -203-2816 - Carver-Redland, Clackames County Road. 
lst authorization - - $600.00 


Location - - - ~ 226-2820 - Lombard Street-Sandy Blvd. Sect., N.E.Portland 
Highway. 7th authorization - -$1,000.00 
Total to date 57,000.00 


Prepare Plans - - -1-2812 - Flagstaff Hill-Middle Bridge Sect., Baker—Homestead 
Highway. ist authorization - -$6,100.00 


Right of Way - - -22-2812 ~ Lebanon-Sweet Home Section, Santiam Highway. 
lst authorization -- §$ 50.00 


Stock Pile - - - -14-2811 - Viento-Memaloose Park Section, Columbia River 
Highway. 2nd authorization - - $250.00 
Total to date 1550.00 


Prepare Plans - -226-2834 - Section Line-Hosner Road Sect. » Multnomah County 
Road ist authorization - - $800.00 


Prepare Plans - -233-2814 - Chenoweth Section, Wasco County Road. 
Ist authorization - -$1,000.00 
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considerable inconvenience to traffic inasmuch as such traffic wes 
compelled, during the latter part of the time that work was in 
progress, to detour around on a county road, the maintenance of 
which has cost the state additional expense. He further advised 
that the contract was completed on February 5, 1938. He recommend- 
ed that the extension of time from December 31, 1937, to February 
5, 1938, be granted, but that the contractor be charged with the 
extra engineering expense incurred by the state subsequent to Jan- 
uary 16, 1938, and that the contractor also be required to rein- 
burse the state for the cost of maintaining the detour efter such 
date. A letter was presented from the Bureau of Public Roads con- 
curring in such recommendation. The Commission approved the rec- 
ommendation by unanimous vote. 


Averill & Corbin, Contract No. 2002, for remodeling and widen- 
ing the bridge over Sullivan Gulch - 1 the East Portland-Oregon City 
Highway, in Portland, requested an extension of time from 
March 51 to July 1, 1938, within which to complete this contract. 
They alleged that they were unable to start this job until October 
21, 1937, 70 days after the contract was awarded, due to difficul- 
ties in securing insurance that was acceptable to the railroad com- 
pany over whose tracks the bridzs was being constructed. They al- 
so alleged that they were required to do a considerable amount of 
extra work, increasing by six per cent the contract quantities; 
algo, that they were further delayed by reason of bad weather con- 
ditions encountered because of the fact that they could not start 
the job as soon as was anticipated. The Engineer advised that the 
date of completion specified in the contract is March 31, 1938, but 
for reasons given by the contractors, which are substantially cor- 
rect, the work will not be done wntil about the first of July. He 
recommended. in view of the circumstances, that the extension of 
time requested be granted without penalty and submitted a letter 
from the Bureau of Public Roads concurring therein. The Commission 
approved the recommendation by unanimous vote. 


The Engineer reported that contracts Nos. 1815, 1977, 1983, 1989, 
1992, 2013, 2019, 2028, and 2032, for the construc%ion of state highway proj- 
ects, have been completed according to the requirements of the contracts or 
modifications thereof and that said jobs are now ready for acceptance. The 
following resolution accenting the above projects was offered and was adopted 
by the unanimous vote of the Commission: 


WHEREAS, the Engineer has reported that the following State 
Highway Commission contracts for the construction of state highway 
projects have been completed according to the terms and provisions of 
the contracts, and said jobs are now ready for acceptance: 


Contract No. 1815, with Orino, Birkemeier & Saremal, 
for grading, and bridge and tunnel construction on the Arch 


Cape Tunnel Section of the Oregon Coast Highway, in Clatsop 
County. Completed February 5, 1938. 
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Roads concurring therein. The Commission approved the recommendation 
by unanimous vote. 


Roy L. Houck, Contract No. 1977, for grading the Short Sand 
Beach Creek Section of the Oregon Coast Highway, in Tillamook Coun- 
ty, requested an extension of time from November 30, 1937, to March 
2, 1938, within which to complete this project. He attributed his 
failure to complete the project within the specified time limit to 
slides and over-breaks, which forced the job in*o a period of bad 
weather when it was necessary to close down the operations. He also 
alleged that because of high-water conditions he encountered extreme 
difficulty in constructing a large culvert and a channel change at 
Station No. 372. The Engineer advised that the quantities of mater- 
jials actually excavated exceed the estimated amounts by 8 per cent 
and on the basis of such increase the contractor should be allowed 
an extension of time to December 17, 1937, without penalty. He rec- 
ommended that the extension of time requested be approved but that 
the contractor be charged an amount equal to the engineering ex- 
pense incurred by the state on this job subsequent to December 17, 
1937. He presented a letter from the Bureau of Public Roads con- 
curring therein. The Commission approved the recommendation by 
unanimous vote. 


Andersen Construction Company, Contract No. 1989, for 
grading the Miller Flat-Agency Section of the Warm Springs Highway, 
in Jefferson County, requested an extension of time of 30 days,from 
November 30 to December 30, 1937, within which to complete this 
project. They alleged that the progress of the work was handicapped 
by reason of bad weather conditions. The Engineer advised that 
there is no particular reason why this job could not have been com- 
pleted within the time limit specified in the contract; however, the 
cost of excavation overran the original estimate by about 30 per 
cent, due principally to the change in classification from common 
to solid rock, which fact could be considered sufficient justifica- 
tion for an extension of time of 18 days, to December 18, 1937, with- 
out penalty, and he so recommended. A letter was presented from the 
Bureau of Public Roads concurring therein. The Commission approved 
the recommendation by unanimous vote. 


Jacobsen—Jensen Company, Contract No. 1992, for grading and pav- 
ing the Phoenix-Bear Creek Section of the Pacific Highway, in Jack- 
son County, requested an extension of time of 40 days, from December 
31, 1937, to February 9, 1938, within which to complete this project. 
They attributed their failure to complete the contract within the 
specified time limit to bad weather conditions which interfered with 
the progress of paving work, The Engineer advised that bids for 
this project were received by the Commission on June 3, 1937, but the 
contract was not awarded until June 19, 1937; also, that he contrac- 
tor did not start operations until July 1. The failure of the con- 
tractor to complete the contract within the specified time limit, he 
said, has increased the state's expense for engineering and has caused 
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Mr. Jack Latourette, Attorney, Portland, representing the Security & 
Investment Company of Oregon City, with whom the Commission is negotiating 
for right of way for the East Portland-Oregon City Highway, in Oregon City, 
was present and conferred with the Commission relative to such right of way. 
He said that the first price that was made to the state for this property, in 
an amount of $72,500, was based on the income the company received from the 
property, but they have since had the property reappréised and are now will- 
ing to accept the sum of approximately $48,000 which he thought was a fair 
figure in view of the fact that the property contains the only available dock 
site in Oregon City. The State Highway Engineer pointed out that the average 
of the appraisals made for the State Highway Commission by competent apprais- 
ers was $17,500, which includes $2,632.90 for street ends which the Commis- 
sion believes, from information at hand, are not owned by the company, Mr. 
Latourette suggested reappraisal of the property, and, if there appears to 
be a case for condemation, that the Commission defer the condemnation pro- 
ceedings until later in the year. No definite action was taken by the Com- 
mission oh this matter because of the absence of Chairman Cabell. (The mat- 
ter was discussed with Mr. Cabell at his residence later in the afternoon.) 


The Commission adjourned at 3:00 o'clock p. m., to reconvene immed- 
iately at Chairman Cabell's residence, all members of the Commission being 
present and participating. Also present were the State Highway Engineer, the 
Attorney, and the Secretary. 


The Engineer reported to Chairman Cabell the action taken by 
Commissioners Aldrich and Tou Velle on matters that were discussed earlier 
in the day. Chairman Cabell approved the action teken by the other Commis- 
sioners on such matters, making the action of the Commission unanimous. 


The Commission discussed the matter of borrowing $750,000 to assist 
in the financing of highway department activities and to provide funds for 
the matching of federal aid allotments during the last half of the year 1938 
when, it now appears, the Commission's finances will be at a low ebb. The 
Commission voted unanimously to borrow such sum of money for the six-months' 
period beginning July 1, 1938, it being intended that it will be paid off on 
or before January 1, 1939. The Attorney was instructed to prepare an appro- 
priate form of resolution covering the matter for adoption by the Commission 
at its next regular meeting. 


The Commission discussed the matter of acquisition of right of way 
from the Security and Investment Company of Oregon City. Commissioner Aldrich 
explained results of the meeting with Mr. Jack Latourette in the Benson Hotel 
earlier in the afternoon. The Commission authorized Chairman Cabell to se- 
cure new aopraisers to reappraise this property in the event he deems that ad- 
visable. The Commission indicated that it would condemn the right of way if 
a satisfactory settlement cannot be reached otherwise. However, the Commis- 
sion ordered that no announcement of its decision should be made public until 
the condemation proceedings for the. acquisition of the rest of the right of 
way in Oregon City have been completed. 


Reconsideration was given by the Commission to the matter of con- 
ducting an experiment of highway illumination on one of the state highways in 
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Contract No. 1977, with Roy L. Houck, for grading 
the Short Sand Beach Creek Section of the Oregon Coast 
Highway, in Tillamook County. Completed March 2, 1938. 


Contract No. 1983, with Roy L. Houck, for resurfac- 
ing and rock production on the Wilson Ranch-Paradise Creek 
Section of the Umpqua Highway, in Douglas County. Complet- 
ed January 5, 1938. 


Contract No. 1989, with Andersen Construction Company, 
for grading the Miller Flat-Agency Section of the Warm 
Springs Secondary Highway, in Jefferson County. Completed 
December 18, 1937. 


Contract No. 1992, with Jacobsen-Jensen Company, for 

grading and paving the Phoenix-Bear Creek Section of the 

- Pacific Highway, in Jackson County. Completed February 
it 5, 1938. 


Contract No. 2013, with E- H. Itschner, for furnish- 
ing crushed rock in stock pile for the Middle Bridge-Black 
Bridge Section of the Baker-Homestead Highway, in Baker 
County. Completed March 9, 1938. 


Contract No. 2019, with 0. C. Yocom, for furnishing 
é crushed rock in stock pile for the Wallowa-Enterprise Sec- 
: tion of the Wallowa Lake Highway, in Wallowa County. Com- 
pleted January 26, 1938. 


Contract No. 2028, with Rogers Construction Company, 
for furnishing crushed rock in stock pile for the Snake 
River Slides-Ontario Section of the Old Oregon Trail High- 
way, in Malheur County. Completed March 1, 1938. 


Contract No. 2032, with 0. C. Yocom, for surfacing the 
Gibbs Ranch-Baker Section of the Baker-Unity Highway, in 
Baker County. Completed March 15, 1938. 


f THEREFORE, BE IT RESCLVED, that the work covered by said 
state highway contracts for the construction of said state highway 
projects be declared completed according to the terms of the respec- 
tive contracts, and said jobs are hereby accepted and f inal payment 
in connection with each is hereby authorized. 


The Commission adjourned at 12:30 o'clock p. m. to reconvene at 
2:00 o'clock p. m. in the same room, with Commissioners E. B. Aldrich and 
F. L. TouVelle present and participating. Chairman Henry F. Cabell wag ab- 
sent on account of illness. Also present were the State Highway Engineer, 
the Attorney, and the Secretary. 
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cooperate with the various cities and towns in such installations on state 
highway routes, the Commission voted unanimously to contribute 50 per cent of 
the cost of the same when and if the cities and towns signify a desire to 
have the signals installed and a willingness to contribute the remaining 
funds. 


The Commission had under consideration the issuance of instructions 
to field engineers with respect to the removal of signs and billboards that 
have been erected illegally upon or adjacent to state highway rights of way. 
The Engineer presented a letter directed to all division engineers and dis- 
trict maintenance superintendents (see letter dated April l, 1938 , circu- 
lar letter No. 47), which letter the Commission approved by unanimous vote. 


In this connection the question arose of paying the cost of remov- 
ing such illegal signs in the event the owners thereof refuse to do so. The 
Commission authorized the payment of such costs with state funds. 


The Commission discussed Linn County's indebtedness to the state 
for construction of the South Santiam Highway, in Linn County. The Commis- 
sion indicated a willingness to discount this claim a reasonable amount and 
to settle with the county on the same basis as it has settled its claims 
against other counties. However, before taking definite action in this re- 
gard, the Commission expressed a desire for information from Mr. Leslie M. 
Scott, former Chairman of the State Highway Commission, as to his recollec- 
tion of any understanding with the Linn County Court that the county would 
be relieved of any further cooperation in the cost of constructing this road 
when it was placed on the federal aid highway system. The Engineer was in- 
structed to contact Mr. Scott relative thereto. 


The Engineer reported the completion of the contract for the con- 
struction of the Bear Creek-Talent Section of the Pacific Highway, in Jackson 
County, on new alignment, and recommended that the old highway between Bear 
Creek and Talent be abandoned as a state highway route and turned back to 
Jackson County for maintenance. The Commission approved the recommendation 
and by unanimous vote adopted the following resolution in regard thereto upon 
motion of Commissioner Tou Velle, which was duly seconded by Commissioner 
Aldrich: 


WHEREAS, in order to afford a better alignment and a more 
satisfactory, safe and convenient highway for the traveling public, 
the Commission found it necessary to relocate a portion of the Bear 
Creek-Talent Section of the Pacific Highway in Jackson County; and 


WHEREAS, by reason of said relocation and the reconstruc- 
tion of said section of highway there was eliminated and made un- 
necessary as a part of the completed highway a certain section, 
which is more specifically defined and described hereinafter in this 
resolution; and 


WHEREAS, it is the judgment and opinion of the Commission 
that there should be reflected in the minutes and records of this 
Commission the purpose and plan of the Commission to abandon as 4 
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the vicinity of Portland. The Engineer recommended that such an experiment 
be tried out on the Ross Island Bridge-17th Avenue Section of the East Port- 
land—Oregon City Highway, in Portlend. He estimated that it would cost about 
$8,500 to install the lights on this section, which is 1.297 miles in length, 
and that it Would cost about $1,170 annually for operation and maintenance. 
He advised that he has consulted with the city officials of Portland and with 
the Oregon State Motor Association in regard to this experiment and has se- 
cured the approval of both thereto. After some discussion the Commission 
voted unanimously in favor of the Engineer’s recommendation and authorized 
him to proceed with the project. He was instructed to pay the cost of the 

: installation and upkeep out of the emergency or contingent fund, in view of 

‘ the fact that no funds have been budgeted for the same. 


The Commission discussed the matter of contributing state highway 
funds to assist in paying the cost of maintaining exhibits at the World's 
Fairs that are to be held in 1939 in New York and San Francisco. The Commis- 
sion decided, after careful consideration, that it could not participate in 

I any advertising program at the New York World's Fair except to make available 
to the Oregon World's Fair Committee a reasonable amount of literature per- 
taining to Oregon scenic and recreational attractions for distribution at 
such fair. The Commission also decided that it would make available, out of 
its tourist promotion funds, $20,000 during the calendar year 1938 and $20,000 
during the calendar year 1939 for expenditure at the San Francisco Fair, and 
in addition thereto will supply a reasonable amumt of literature of the 
scenic and recreational features of Oregon and will furnish qualified, exper- 
ienced personnel for the distribution of such literature and for the dispensa~ 
tica of travel information. I+ was also decided that the payments by the Com- 
mission shall be in the nature of reimbursements to the Fair Committee and 
that each voucher must be approved by the Commission's Attorney as to the le- 

ity of the expenditure. Furthermore, the moneys are to be expended only 
or the preparation, m#iritenance, and operation of such exhibits as are ap- 

4 proved as to type by the Highway Department's Travel and Information Depart- 
ment and its Advisory Committee, and for a reasonable portion of the ground 
rental and building expense necessary to house such exhibite. The Commission 
definitely decided that it would bear no portion of the expense of erection, 
maintenance, and operation of a theatre proposed by the Fair Committee as one 
of the Oregon attractions. Furthermore, that state highwey funds shall not 
be expended for any exhibit for which the public is charged admission. 


The Engineer reported on the cost to install traffic signyis on 
‘fg state highway routes within municipalities, as requested by the Com ‘ssion at 
i the previous meeting when the Commission had under consideration the matter 
»- of cooperating with the cities on a 50-50 basis in the cost of such installa- 
tions. The Engineer estimated that the signals neéded immediately in cities 
and towns outside of Portland would cost about $41,300, installed, of which 
amount the state's share on a 50-50 basis would be $22,800, considering that 
the overhead flashing beacons would be paid for 100 per cent by the state. 
He estimated that possible future installations in cities and towns outside 
of Portland would cost a total of $8,200, of which the state's share would 
amount to $43,100. The cost to install such signals within Portland he es- 
timated at $43,700, and the state's share of such expense at $22,850. After 
discussion and it appearing to the Commission that it would be advisable to 
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In addition to the foregoing description of said aban- 
doned right of way there is attached hereto a print or map, marked 
"Exhibit 'A'", and by this reference made a part hereof, upon 
which map there is shown shaded in red the abandoned section of 
said highway, which exhibit for identification purposes bears the 
signatures of K. D. Lytle, Division Engineer; H. G. Smith, Con- 
struction Engineer; and R. H. Baldock, State Highway Engineer, and 
bears date of March 1, 1938. * 


3. In the event there remains any physical connection 
between any portion of the said abandoned right of way or highway 
and the present highway, and by reason of such physical connection 
traffic from the existing highway may enter or use the said aban- 
doned portion of the old road to the possible damage or injury of 
such traffic by reason of any unsafe condition existing with re- 
spect to said old or abandoned section, then the State Highway En- 
gineer is hereby authorized and directed to erect such barricade or 
other safeguards as may be necessary to protect and safeguard traf- 
fic using and employing said newly located, constructed and dedi- 
cated section of said state highway. 


4. This resolution shall be entered in the minutes and 
records of the Commission and a certified copy thereof promptly de- 
livered to the County Court of Jackson County, together with a copy 
of said exhibit, and a copy of said resolution, together with said 
exhibit, shall be delivered to the Mayor of the City of Talent for 
such action as said County Court may desire to take with respect to 
said fragment of land and for such action as the City of Talent may 
desire to take with respect to said portion of the abandoned sec- 
tion lying within the corporate limits of said City, and should 
said abandoned portion of the highway be further employed for pub- 
lic or private highway purposes such use shall be entirely under 
the control and supervision of the County Court of Jackson County 
and/or the mmicipal authorities of the City of Talent, and the 
same shall be beyond any responsibility or supervision by the State 
Highway Commission. 


The Commission also by unanimous vote adopted the following resolu- 
tion abandoning a certain portion of the Nelson-Malheur County Line Section 
of the Old Oregon Trail and retaining certain other portions of said section, 
which highway has been reconstructed on new alignment at such location: 


WHEREAS, in order to afford a better alignment and a more 
satisfactory, safe and convenient highway for the traveling public, 
the Highway Commission found it necessary to relocate portions of 
the Old Oregon Trail in Baker County; 


WHEREAS, by reason of said relocation and reconstruction 
of said section of said highway there have been eliminated from the 


* Map filed in Right of Way Abandonment and Retention File - No. 56. 
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part of the Pacific Highway, and therefore as a part of the state 
highway system, the fragment or portion of right of way of the old 
alignment hereinafter defined and heretofore included within the 
area of the right of way of the Pacific Highway as formerly locat— 
ed between the said termini and as heretofore improved and used: 
and 


WHEREAS, in connection with the relocation of said high- 
way there was accomplished a change in the point of entrance of 
the highway into the City of Talent from the south and there was 
likewise accomplished a rerouting of state highway traffic within 
the City of Talent; 


NOW, THEREFORE, the premises being in general as above 
stated, it hereby is resolved by this Commission, all members being 
present and affirmatively partic*pating, as follows: 


1. That the fragment of land confined within the area 
hereinafter described, which fragment was formerly within the lin- 
ite of the right of way of the Pacific Highway but which is now 
without the limits of the right of way as said highway has been re- 
located and constructed, be and said fragment of land is abandoned 
as a part of the right of way of said highway, and that part of - 
said right of way so abandoned and which is outside of the corpor- 
ate limits of the City of Talent is left to revert to the adjoining 
or abutting property owners or to the control or supervision of the 
County Court of Jackson County for highway and/or other public pur- 
poses, and that portion of the abandoned right of way lying inside 
the corporate limits of the City of Talent over which highway traf- 
fic was formerly routed before said highway was relocated is hereby 
abandoned as a route over which state highway traffic is directed 
by the State Highway Commission to move and said route hereby is re- 
lieved of any burden imposed thereon by the State Highway Commission 
and is left to revert to the exclusive control and jurisdiction of 
the municipal authorities of the City of Talent. 


2. The fragment of land or right of way hereby abandoned 
and eliminated from the state highway system, including the route 
over which highway traffic formerly was routed through the City of 
Talent, is described as follows, to wit: 


All that certain section of the old right of way of 
the Bear Creek-Talent Section of the Pacific Highway and 
lying on the westerly side of the right of way required 
for the reconstructed Pacific Highway and lying between 
Mile Post 317 and 321 of said highway. The section is out- 
lined in red on the accompanying map, the beginning and 
ending points with reference to engineer's stations of the 
original constructed highway being Station 95#00 on the 
southerly end and Station 230+00 on the northerly end. 
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Station 1468+00 to 1504+00, on the easterly side of reconstructed line 
" n n " " " 


n =: 153700 " 1543+00, . 

i] 1637-00 " 1647-00, n " " nt n " " 
" 1648420 " 1655+20, " " westerly " " ° : 
" 1679450 " 1691450," " easterly " " é : 
" 1715+25 " 1719425, tt " " n " " " 
" 1764+50 " 1773+50, " " westerly h " " n 
® 1930+80 " 1945+00, " " easterly " '" . s 
tt 1979+00 " 1986+00, " " u n " o " 
"  — 2050+00 * 2088+00, " " e » ° ® 
n 42+00 " 4.780, " n n " " " " 
" 81+00 " 11720, " n n " t " " 
" 145+65 a) 15735, " " westerly n " n nt 
" 162+40 " 175400," " easterly " " " . 
" 191+20 " 203+80, " " westerly " " " " 
' 21740 " 230+00, " w u " " " " 
" 388+00 " 396+00, " " n " n n 
n 403+20 " 417-00, " '" " " n n 
" 506+00 fn 521+00, " " " " n n n 


2. ‘That the fragments of land confined within the areas here- 
inafter described and designated as the parcels of land to be aban- 
doned, which fragments were formerly within the limits of the right 
of way of the Old Oregon Trail, be and said fragments of land are 
abandoned as parts of the right of way of said highway and said 
fragments of right of way are, so far as control and supervision of 
this Commission are concerned, left to revert to the adjoining and 
abutting property owners or to the control and supervision of the 
County Court of Baker County. The fragments to be abandoned are de- 
scribed as follows: 


All those certain sections of the old right of way of 
the Nelson-Malheur County Line Section of the Old Oregon 
Trail Highway lying on the easterly and westerly sides of 
the right of way required for the reconstructed Old Oregon 
Trail lying between Mile Post 365 and Mile Post 390 of said 
highway. The sections are outlined in yellow on the accom- 
panying map, the beginning and ending points with reference 
to the engineer's stations of the original constructed high- 
way are as follows: 


Station 1370+50 to 1421+00, on the easteriy side of reconstructed line 
" n " n n n 


" 1580+70 " 162700, " 

" 1691+ 50 " 1704+30 f " " n " " " n 
" 171925 " 1741+00 4 n " n " n " " 
" 1776+50 " 1866+00 r n " " " " n " 
n 1873+ 40 " 1913+ 30 n " " " n " n 
" 1945+00 " 1979+00 a" " " " " " " " 
u 1998+ 40 " 2050+00 . " tt " " " " n 
n 2088+00 " 3 8+00 q " " n " tt n " 
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main travelled portion of said highway certain sections or frag~ 
ments of land, which said sections or fragments of land are more 
specifically defined and described hereinafter in this resolution 
and are reflected on a blueprint, marked "Exhibit 'A'", e@ copy of 
which is attached hereto and made a part hereof; and 


WHEREAS, while certain portions of the eliminated sec- 
tions are not required for use as parts of the main or travelled 
section of the highway, nevertheless the same are required, can be 
used, and are essential for other public uses in connection with 


said highway; and 


WHEREAS, it is the judgment and opinion of the Commis- 
sion thet there should be recorded in the minutes and records of 
the Commission its purpose and plan to preserve for public use in 
connection with said highwey the fragments or parcels of land 
hereinafter described as the parcels to be retained and shown in 
red on the attached print; and 


WHEREAS, it is the judgment and opinion of the Commis- 
sion that there should be recorded in the minutes and records of 
this Commission the purpose and plan of the Commission to abandon 
as parts of the state highway system certain portions of the high- 
way eliminated from the main travelled portion of said highway, 

which sections are made unnecessary as a part of the compl:**4 
3 highway and are shown in yellow on the attached print; 


NOW, THEREFORE, the premises being in general as above 
stated, it hereby is resolved by this Commission, all members being 
present and affirmatively participating, as follows: 


1. That the parcels of land shown shaded in red on the 
\" attached print which heretofore were within the right of way prop~ 
er of the Old Oregon Trail but which by reason of the relocation 

. or realignment of said highway are now without the area improved 
a4 and used by the traveling public, but are adjacent to and abut 
- upon the said right of way and are needed for public use, shall be 
preserved by the Highway Commission in connection with the con- 
struction, improvement and maintenance of said highway or the use 
of the same, which said parcels are described as follows: 


} All those certain sections of the old right of way of 


: the Nelson-Malheur County Line Section of the Old Oregon 
Trail and lying on the easterly and westerly sides of the 


4 right of way required for the reconstructed Old Oregon Trail 
: between Mile Post 365 and 390 of said highway. The sections 
are outlined in red on the accompanying map; the beginning 
ang ending point with reference to the engineer's stations 
, 4 of the original constructed highway are as follows: 
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The Commission considered that such request is in conformance with previous 
understanding and agreement with the County Court, whereupon the request was 
approved. The following resolution relative thereto was adopted by the Com- 
mission by unanimous vote upon motion of Commissioner Aldrich, which was duly 
seconded by Commissioner Tou Velle: 


WHEREAS, under the provisions of Chapter 248, Laws of 1931, 
and Chapter 196, Laws of 1935, the State Highway Commission, by mu- 
tual agreement with the respective county courts of the several coun- 
ties of the state, is authorized and empowered to select, locate and 
designate a system of secondary state highways, which highways shall 
be selected from the market roads or other county roads, or available 
locations or routes of the several counties; and 


WHEREAS, the State Highway Commission, by mutual agreement 
with the Umatilla County Court of the State of Oregon, has selected 
the highway hereinafter named, and it is the purpose of the Commis- 
sion to officially and regularly designate and adopt said highway as 
a highway to constitute, together with other highways heretofore 
adopted and/or which may hereafter from time to time be added, the 
system of secondary state highways under the provisions of said act; 


NOW, THEREFORE, BE IT AND IT HERESY IS RESOLVED by the 
State Highway Commission, all members being present and affirmative- 
ly voting and participating, as follows: 


1. That the following named highway, route, or location 
of a highway in Umatilla County be and the said highway, location 
or route hereby is selected, designated, established, adopted and 
approved as a secondary state highway and shall be and hereby is 
designated as a part of the secondary state highway system, to wit: 


Stanfield-Pendleton Secondary Highway No. 337, described as 
follows: 


Beginning at the junction of the reconstructed Olid Oregon 
Trail Highwey with the former route of the Old Oregon Trail 
Highway at a point approximately 1 mile east of Stanfield; 
thence in a southeasterly direction via the route formerly 
used as a part of the Old Oregon Trail Highway to the city 
limits of Pendleton, a distance of approximately 24.5 miles. 


2. That the said highway shall be and hereby is qualified 
for improvement under the provisions of said Chapter 248, Oregon Laws 
1931, and amendments thereof. 


The Commission set Thursday and Friday, April 28 and 29, 1938, as 
the date for its next regular meeting for the receiving of bids on highway 
construction projects. The Secretary was instructed to make the usual ar- 
rangements to hold such meeting in the Auditorium of the Public Service Build- 
ing, Portland. 
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Station 176450 to 187+00, on the westerly side of reconstructed line 
n 230+00 Rn 275+30, n n " a iT " " 
* 35870 " 3'70+50, " " easterly " " o " 
" 455+20 " 4.7850, " " a " u n 


3. In addition to the foregoing descriptions of said frag- 

ments or parcels of land there is attached hereto a blueprint marked 
"Exhibit 'A'", which by this reference is made a part hereof, and up- 
on which map there is shown shaded in red the parcels of land to be 
preserved for public purposes, and upon which map there is shown 
shaded in yellow the abandoned sections of said right of way. Said 
exhibit for identification purposes bears the signatures of W. C. 

Williams, Division Engineer; H. G. Smith, Construction Engineer; and 

oe R. H. Baldock, State Highway Engineer, and bears date of March 1, 
1938.# 


4. In the event there remains any physical connection be- 
tween any portions of said abandoned right of way and the present 
highway, and by reason of such physical connection traffic from the 
existing highway may enter or use the said abandoned portions of the 
old road to the possible damage or injury of such traffic by reason 
of any unsafe condition existing with respect to the said old or 
abandoned sections, then the State Highway Engineer hereby is au- 
thorized and directed to erect such barricades or other safeguards 
as may be necessary to protect and safeguard traffic using and em 
ploying said newly located, constructed, and dedicated section of 
said state highway. 


' 5. That this resolution be entered in the minutes and 
records of the Commission and a certified copy thereof promptly de- 
livered to the County Court of Baker County, together with a copy 
of said exhibit for such action as the County Court may desire to 
take with respect to the fragments of land to be abaridoned, and 
should said abandoned portions of the right of way of said Old Ore- 
gon Trail be further employed for public or private highway purposes 

ai" such use shall be en‘irely under the control and supervision of the 
County Court of Baker County and beyond any responsibility or super- 
vision by the State Highway Commission. 


6. The Engineer hereby is instructed to properly and com- 
pletely mark on the ground the boundaries of the fragments of land 
to be retained for right of way and other purposes by the Highway 
Commission by erecting and maintaining thereon proper monuments or 
posts upon which shall be inscribed the words "State Property". 


The Secretary presented a resolution from the Umatilla County Court 
requesting that the Pendleton-Stanfield Section of the Old Oregon Trail (old 
route) be designated as a state secondary highway and be maintained as such. 


*® Map filed in Right of Way Abandonment and Retention File - NO. 57. 
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There being no further business to come before the Commission at 
this time, the meeting was adjourned at 5:00 o'clock p. m. 


Heong FE. Cobalt 
= sais Highway Engineer 2 Pe —- 
‘fy ofetnee7 FG ‘ ZAM 


Secretary ee ioner 
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Resolution requesting coopera 
propriating $15,000 of Capitol Reconstruction Funds. 
authorized to assist Capitol Commission in prepar- 
ing petitions necessary for vacation of streets, etc. 
Deschutes County. County Judge urges selection of Deschutes 
County among first counties to receive benefit from Federel 


Aid Secondary Funds. 

Federal Aid Secondary Highways. Circuler letter cuthorized 
to all county courts. 

Philomath. Corvallis-Newport Highway. Improvement through 
town euthorized from emergency fund, 

Tillamook County. Oregon Coast Highway. Reconstruction of 
bridge between Hemlock and Beaver requested. Location sur- 
vey authorized. 

Yemhill County. Oiling requested along Wheatland-Bellevue 
Market Road between Howard Stephen's Corner and Briedwell 
Station. 

Pacific Highway. Connection of Oregon and California Sections 
at state line approved by California Highway Department. 

Oregon Coast Highway Association. Commission and steff in- 
vited to semi-annual meeting at Reedsport. 

Lebanon. City requests permission to erect sign across high- 
way within city limits. 

Coos River Secondary Highway. Grange requests oiling from 
Eastside to Enegren Ferry. Request denied. 

Log hauling. Columbia County Court requests modification of 

ty overweight loads. 
ociation, Inc., Port~ 
> iture of highway funds. 

Columbia River Highwey. P Abstem, Hood River, 
for widening along highway to facilitate loading of school 
buses denied. 

Portland. Union Avenue viaduct. D. A, Morand requests per- 

portion of handreil to allow construction 
. Request granted. 


perty to highway 
Request of State Forester to construct 


of way. 
30-day extension of time 
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8040 Apr. 14 Load Limit. Resolution lifting limits on following highways: 


8041 


8044 Apr. 27 
8046 


8049 


Sherman Highway, Columbia River Highway to The D-lles- 
California Highway junctions; 

Mt. Hood Highway, Cooper's Spur to Columbia River Highway; 
Hood River Secondary Highway, Mt. Hood Highway juncticn to 
Tucker's Bridge; 

Klamath Falls-Lakeview Highiay, The Vallesalifornia High- 
way junction to 25 miles easterly thereof. 

N. M, Finkbiner. Appointment ¢s member of Committee on Funda- 
mentels of Bituminous Construction. Attendance at National 
Roed Oil and Asphalt Congress, in October, authorized. 

S. H. Boardman. Conference authorised with George 5. Huntley 
of Aberdeen, Washington, relative to acquisition of prop- 
erty needed for addition to Short Sand Beach Park. 

Vision test. Purchase of electric testing machine authorized. 

Forgery. Settlement from Globe Indemnity Compeny in connec- 
tion with Moorman case. 

Tillamook County. Agreement with Gounty Court and Dougherty 
Slough Drains’ District regarding protective work along 
Wilson River... - 

Real property. Resolution authorizing acquisition. 

Deschutes County. Acquisition of wayside strips adjacent to 
The Dalles-Colifornia Highway authorized from Government. 

Douglas County. Lease of 40-acre tract of government land 
adjacent to Camas Mountain State Park autaorized. 

Columbie River Highway. Starvation Falls State Park. Acqui- 
sition of 9 acres from Mrs. Clare Nelson authorized as 
addition to park 

Douglas County. Purchase of 110 acres of government-owned 
land adjacent to Umpqua Lighthouse Reservation «uthoriszed. 

Lake County. Chandler State Park. Relinquishment ot portion 
of park and redeeding to Mr. Chandler epproved. 

Polk County. Pacific Highway West. Commission disapproves 
purchase of timber tract south of Monmouth. 

Lincoln County. Advisability of acquiring area at north end 
of Depoe Bay Bridge discussed, Action deferred. 

Tillamook County. Wilson River Highway. State Forestry De- 
partment granted vermission to construct guard cabin unit. 

Real property. Acquisition of right of wy for highway im- 
provements to be limited to projects to be undertaken at once. 

Bandon, Options authorized on property needed for Oregon 
Const Highway construction through town. 

Cannon Beach. Location survey for reconstruction of Oregon 
Coast Highway requested by i. A, Hollingshead. Denied. 
Right of way required offered free of cost. 

Pacific Highway West. Offer of A. B. Bressler to scli trect 
south of ionmouth rejected. 

Portland. Denver Avenue-Union Avenue intersection. Estimate 
of costs for right of way and rearrangement of Pcninsule 
Golf Club facilities. Project deferred. 


Page Pate Subject 

8031 Aur. 14 Portland. Peninsula Golf Course. Report. in connection with 
Denver and Union Avenue treffic separation structure. 

Bandon. Report on cost to acquire right of way for revision 
of Oregon Coast Highway through town. 80-ft. right of way 

approved. 

8032 Umatille County. Old Oregon Treil. E. N. Boylen's lease to 
be cancelled for occupangy of Sunset Inn property. 

Fast Portland-Hubbard Highway. Sale of building on John G. 

Maycock property approved to National Properties, Inc. 

Columbia River Highway. Removal of advertising signs through 
Parkrose District, east of Portlend. 

8033 National Parks Service. Inquiry regarding acquisition of sub- 
marginel lends under Bankhead-Jones Farm Tenent Act. 

Tigard. Options authorized on alternate routes of Pacific 
Highway through town. 

Portlend. Lombard-Killingsworth Section of Northeast Portland 
Secondery Highway. Acquisition of small parcel of land from 
City of Portland. 

Gleneden Beach. Acquisition of right of way for proposed re- 
vision of Oregon Coast Highway to be deferred. 

David Douglas. Naming of state park in honor of Mr. Douglas 
referred to Parks Superintendent. 

8034 Flowage easements. Resolutions grenting United Stetes of Amer- 

ica easements to overflow state property in Hood River and 

Wasco Counties in connection with Bonneville Dam operations. 

8038 Eesement across state property in vicinity of Warren Creek 
deferred pendirg settlement of right of wey matters, 

Columbia River Highway. Engineer authorized to sign estimate 
to reconstruct highway et Perham Creek,as requested by War 
Department. 

Mill Creek Bridge. War Departm at to replace bridge with fill 
and tidegate. Highway Commission to cooperate in cost. 

8039 Equipment. Engineer authorized to purchase following: 

1 gasoline-driven, 250-watt generator; 
2 pavement breakers; 

6 vibrating bells for use on bridges; 

1 tube tester and 1 modulation monitor. 

Traffic signals. Offer of Manufacturers Sales Compeny to fur- 
nish trial installation accepted. State to furnish signal 
heads end pedestals. 

Columbia River Highway. Scaling of rocks from slopes near 
Mosier. Agreement with 0.8.R. & N, Comnany end Union Paci- 
fic Company outlining procedure. 

8040 Albany-Corvallis Secondary Highvey. Light oil mat surface auth- 
orized as minor betterment project. 

Harney County. Narrows-Coyote Flat Section of Frenchglen Sec- 
ondary Highway. U. S. Biological Bureau requests State to 
furnish engineering work on project. Request granted. 

Award of contract for Bandon-Port Orford Section confirmed. 


Nae ——— i 


Apr. 28 


Oregon Coast Highway. Reconstruction of Dike Section ap- 
proved for this year's progran. 

Bunker Hill Section. Transfer of funds allocated to 
this project authorized for Dike Section. 

Lood limit. Resolution lifting reduced loed limit in ef- 
fect on following: 
bon DellesCalifornia Highvey, between Bend end Klamath 

alls; 
Ochoco Highway, between Redmond and point six miles 
east of Prineville. 

Lane County. Junction City-Pugene Secondary Highicy. 
Maintenance of sidewelk at Santa Clare assumed by State. 

Yaquina Bay Bridge. Deposit of contractors in connection 
with cement irregularities to be returned. 

Portland. Maintenance of Killingsworth Avenue and Columbia 
Boulzverd. Commission's responsibility to be determined. 
Highway Illumination. Installetion of sodium vapor lights on 
Interstate Avenue approved subject to cooperation of Bureau 

of Public Roads and City of Portland. 

East Portlend-Oregon City Highway. Action rescinded auth- 
orizing installetion of lights between Ross Island Bridge 
and East 17th Street. 

Portland Traction Compeny. Request denied to construct turn- 
around on North Denver Avenue at Willis Street intersection. 

Wolf Creek Highway. W.P.A. project on Nehalem River—Sunset 
Cemp Section approved. 

Pendleton. Roedside beautification W.P.A. project epproved 
at west end of overcrossing on Old Oregon Trail. City to 
maintain sfter completion. 

R, H. Baldock. Attendence at meeting of Design Ccamittee of 
American Association of State Highway Officials «uthorized. 

Harold B. Say. Authority granted to contact newsp:per of- 
ficials in California, personally. 

Right of Vay. Permission granted right of wey buyers to con- 
tact Federc] Land Bank of Spokane in regerd to severance to 
be peid in connection with Adams-Athene relocation. 

American Legion. Request of Rose City Post No. 35, for con- 
tribution to send band to California denied. 

Loan, Advisability of borrowing from Federel Government, with- 
out interest, discussed. Action deferred. 

Federal Aid Secondary Highwey Funds. Letter to all County 
Courts approved. ‘ 

Upper Columbia River Highway. Transfer of tidelends to Mrs. 
Juanite Starr in exchange for right of way. 

State Land Board to settle transfer of tideland:. 

Bids received on following: 

Landrich Bridge over Coos River; 

Brothers Oasis, dril! and case well; 
Lobert-Modoc Point Section, grading and topping; 
Siuslaw Junction-Ross Station Section, paving; 
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8050 Apr. 27 Tillamook County. Offer of Vester Trusty to sell tract of 
land at Bay City rejected. 
Albany. Willard L. Marks inquires regarding acquisition of 
right of way for Albany grade separation project. 
Offer of City to pay *1,386 for portion of Hackleman's 
Addition to city ac. epted. 
John Day. Acquisition of right of way for proposed revision 


Douglas County. R. M. Barnes, Reedsport, inquires regarding 
purchase of property east of Reedsport. 
8051 Salem—Dayton Secondary Highway, Settlement with Mrs. Cherles 
K, Spaulding discussed. Condemnation approved. 
Condemnation. Resolution authorizing acquisition of following: 
Spaulding Ranch-Unionvale Section, Lorah 0. Spaulding; 
Street-Killingsworth Street Section, Thomas and 
Liiiian Murphy, Wm. and Mary B. Gray, Joseph Mulhens, Jr., 
Elizabeth Mulhens Scroggins, and J. L. Kelly. 
8053 Benton County. Kings Valiey Secondery Highway. 10-mile sur~ 
vey requested by delegation not approved. 
Polk County. Dallas-Kings Valley Secondary Highway. Location 
survey requested. Request denied. 
Leke County. Fremont Highway. Cleim of Frank Ott for loss 
of crop due to reconstruction of highway. 
Columbia River Highway. Reconsideration of request of S. M. 
Abstem, Hood River, for widening of highway to facilitate 
loading of school buses. Widening approved. 
: Gladstone. Report on improvement of Arlington Street for con- 
} nection between 82nd Street Highway and East Portland-Oregon 
City Highway. Improvement deferred. 

8054 Portland. Sandy Boulevard. Letter to Portland Generel Elec- 
tric Company accepting contribution in cost of widening and 
paving from N. E. Davis Street to East 82nd Street. 

Scrap steel. Sele of structursl steel and cast iron salvaged 
from Little Nestucca River Bridge south of Hebo. 

Forgery. Release signed from Globe Indemnity Company in con- 
nection with Moorman forgery. 

Lane County. County Court requests approval o° Jes immei.ion 
ct several market roads. 

8055 Sand and gravel. Payment for materials to be taken from Col- 
umbia River. Conference with officials of State of Washing- 
ton authorized. 

Lighting plant. Purchase of portable, autometic plant for 
Pistol River maintenance headquarters. 

Radio. Expenditure of $8,760 authorized to increase efficiency 
of Department's radio network. 

8056 Pole line. Request of J, T. Mahoney, Siletz, to maintain power 
line on west side of Siletz Secondary Highway through Siletz. 

Forgery. Permission granted National Surety Corporetion to 
use photostatic copies of $5,000 draft, and Commission's let- 
ter in regard thereto, in connection with Moorman forgery. 


Re a Re ee 


8078 Apr. 29 


Subject 


Washington County. Rerouting of highway through Forest Grove. 
Connection from 7th and iain Streets to Gales Creek Road 
requested. 

Wilson River Highway. County Judge inquires regarding two 
bridges needed at eastern end of hightay. 

Nehalem Secondary Highway. Relocation between Banks and 
Manning requested to eliminate railrosd grade crossings. 

Dundee. City requests paving of Pacific Hightay West full 
width through tow. 

Log hauling. N. M. liarsh of Marshfield requests modification 
of penalty imposed for overloading on Oregon Coast Highway. 

Reedsport. Paving of "L" Street through town requested. 
Umpqua Highwey. Construction on permanent elignment of 
section easterly from 15th Street, to Station 6000. 

Fremont Highway. Claim of Frank Ott due to reconstruction of 
siphon near Paisley, Leake County. 

Sherman County. Federal Aid Secondary Highway Program. Pref- 
erence for improvement of Moro-Erskine County Road. 

Salem. Capitol Reconstruction Commission. Secretary confers 
regarding epproach to new State Capitol. 

Bids for peving to be taken in mirisummer. 

Tigerd. Claude I. Scoffins and iirs. Zelda Ploeger inguire 
regarding adoption of permanent route of highway. 
Southeasterly route favored by petitioners. 

Brownsville. Ruth Beatty confers regarding rerouting of 
Halsey-Sweet Home Secondary Highwsy through town. 

Brookings. Elmer Bankus confers regarding reconstruction of 
Gregon Coast Highwey through town. : 

Pacific Highwey. Claim of Mrs. Pearl Koble, Ashland, due to 
reconstruction of highway south of Ashland. 

Bids, as follows, received: 

Baker-Flagstaff Hill Section, grading, oiling, et cetera; 
Walluski River Bridge; 

Otis-Boyer Section, crushed rock or gravel; 

Sheep Ridge-Toll Creek Section, grading; 

Bridges over Wolf Creek on Wolf Creek Highway; 
Mcldinnville Section, roadside improvement ; 

Spaulding Ranch Section, grading, surfacing and oiling. 

Pacific Highway. Settlement with Mrs. Pearl S. Koble dis- 
cussed. Offer rejected. 

Claim of L. D. Dollerhide in connection with reconstruction 
of highway south of Ashland. Claim: denied. 

Removal of slide material from Mrs. Koble's road authorized. 
P.W.A. Program. Following projects selected for new program: 
Pleming Ranch-Shindler Bridge Section, grading and bridge; 

Maintenance building at Klamath Falls; 
Umatille Bridge Section, grading, surfacing, and bridge. 

Gatehing Inlet. Soos Bay Port Commission refuses to epprove 
fili and tidegate instead of bridge. 

Signs. Foster & Kleiser request erection of sign in Lincoln 
County at Salmon River-Oregon Coast Highwey junction. 


; 
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8062 Apr. 28 Bids, cont: 


8063 


8064 
8067 


3 


| 


Pringle Creek-Taylor Creek Section, roadside iunprovement; 
Mills Bridge-Jordan Creek Section, oil mat treatment; 
Sale of building in Northeest Portland; 

Sale of building in Wiest Portland Heights; 

Sale of buildings in Albany; 

Sale of buildings in Marshfield; 

Fidelity bond covering Highway Department employees. 

Fidelity bond. Award of contract covering furnishing of blanket 
bond covering Highway Department employees deferred. 

Cape Arago Secondary Highway. Light oil approved on 3-mile 
section from Charleston to point south of Empire. 

Salmon River Highwey. Otis-Polk County Line Section. Trans- 
fer of Forest Highway Funds from Upper Golumbie River Highway 
to finance seal coat. 

Upper Columbia River Highway. Transfer of Forest Highway Funds 
to Salmon River Highway approved. 

Cape Arago Secondary Highway. Oiling requested and also im- 
provement through Empire and vharleston. 

80' right of way offered by Louis Simpson. 
Light oil treatment approved. 

Deschutes County. County's indebtedness discussed, Improve- 
ment of Tumalo Falls Roed requested. 

Century Drive Secondary Highway. Improvement with funds to 
be paid by County on indebtedness to State. 

Oregon Truck Owners Associr tion. Representatives request use 
of privately-owned trucks on W.P.A. projects. 

W.P.A. Use of state-owned trucks on W.P.A. projects. Oregon 
Truck Owners Association protest State's policy. 

State equipment to meet W.P.A. requirements or be removed. 

Harney County. Central Oregon Highway. County Judge inquires 
regarding oiling between Bend and Burns. 

Awards announced, «8 follows: 

Bridge over Coos River on Landrith County Road; 
Brothers Oasis; 
Lobert-Modec Point Section, grading and topping; 
Siuslew Junction-Ross Station Section, paving; 
Pringle Creek-Taylor Creek Section, roadside improvement; 
uills Bridge-Jorden Creek Section, oil mat treatment; 
Sale of building in Northeast Portland; 
Sale of building in West Portland Heights; 
Sale of bv‘ldirgs in Albany; 
Sale of ..:Jdings in Marshfield; 
Fidelity bond purchase deferred until May 12. 
Wasco County. Improvement of Fifteen Mile Creek Road in Feder- 


and junction with road 5 miles westerly thereof requested. 
Sheridan. Mayor and delegation request State to rebuild bridge 
on county road in city. 


Signs. Delegation regarding signs along Columbia River High- 
way through Parkrose District, Portland. 

Modification of recent order of Commission asked. 

Linn County. Santiem Highway. Settlement of County's debt 
for cooperative construction. 
Peoria-Harrisburg Section. Improvement within town of 
Herrisburg to be financed with city or county funds. 

Portlend. Petition requesting designation of Interstate Ave- 
nue as stop street at intersection with North Portlend Blvd. 

Cascade Secondary Highway. Relocation through town of Glacka- 
mas opposed by School District No. 64, Clackamas County. 

Flower pickimg. A. Kh. liataek, Portland, offers suggestions 
regerding prohibiting the picking of flowers along highways. 

Beker-Homestead Highwey. Letter from Ross Turner urging im- 
provements to Halfway-Homestead Section. 

Monroe, Oregon. Oiling of rock shoulders adjacent to high- 
way through town requested. Investigetion ordered. 

Umatilla County. Umapine Secondary Highway. Placing of 
stcp signs requested at road intersections. No action. 

Tillamook County. Oregon Coest Highnay. Completion of the 
Neahkahnie Mountain Section requested by Menzanita Chamber 
of Commerce and North Tillamook County Chember of Commerce. 

Manzanita. Chamber of Commerce requests action to prohibit 
dumping of garbege on beachs also removal of rocks from 
beach and motorcycle racing along beach. 

Oregon-Washington Highway. Director of Highways for State of 
Washington inquires re, wdirg improvement between Milton 
and Walla Walla. 

Jackson County. Walter \. Thiede, Eagle Point, requeste per- 
mission to mine in state gravel bar near Gold Hilt. 

Polk County. Buell Grange asks uaprovement of unsigztly and 
dangerous condition at State gravel pit on Dallas-Cvast 
Highway. Investigation ordered. 

Klamath County. Klamath Lake Secondary Highway. Improve- 
ments through Wood River Velley and national forest area 
requested by Fort Klamath Grange. Estimates given. 

Tillamook County. Nestucca Union High School urges in- 
provements to Little Nestucce Secondary Highway. 

Signs. Independence Chamber of Commerce requests permission 
to erect signs near Brunks Corner and Independence. 

Multnomah County. Dreinage conditions along Lower Columbia 
River Highway between Portland and Linnton. National Pitch 
Products Company requests improvement. Approved. 

Portland. Acquisition of Swift & Company property at Union 
and Denver Avenue intersection. 

Standard Oil Company's service station operations discussed. 

Surveys. Commission avproves surveys ordered by Engineer. 
Completed surveys approved and adopted as re 

Extension of time. Van Cleave & Van Cleave g& 
on The Dalles Roadside Improvement Project. 


ported. 
ented extension 


Page Date Subject 

1938 

S0@1 Apr. 29 Signs. Longview-Rainier Bridge Company to be requested to 

remove signs directing travel to Longview-Rainier Bridge. 

Marcus Whitman Hotel signs at Pendleton. Investigation. 

Parkrose District. Commission's responsibility discussed 

in connection with signs which overhang highway. 

8082 Oregon Roadside Council. Delegation asks contribution to aid 
in financing educational program to effect removal of signs. 
Contribution refused but endorsement given to program. 

Multnomah County. City of Portlend offers to convey Vista 
House, on Upper Columbie River Highway, to State. 

8083 Cartwright Bill. Wire sent to Oregon represetitatives in Con- 
gress urging passage of bill. 

Fishing. Maintenance of boathouses and docks to be allowed 
at Corbett. - 

Columbia River Highwey. Owners of right of way necessary for 
new highway request fishing privileges near Corbett. 

John Day. Maintenance of siphon, by Ira G. Boyce, across John 
Day Highway within city limits. 

8084 Polk County. Request of Sherman A. Brown to maintain pumping 
plant on Dallas-Coast Highway, at Buell, denied. 

Klamath County. Federal Aid Secondary Highway Program. Im- 
provement of Malin-Bonanza Road preferrei by County Court. 

Oregon Coest Highway. Installation of ecttle pass for F. L. 
Owens of Cloverdale. 

8085 Multnomah County. Request of U. S. Viar Department to construct 
bus-pessenger veiting room on Lower Columbia River Highway 
right of way denied. 

Medford. F. E. Trontier requests paving of parking strip in 
front of place of business. Request denied. 

Oregon City. Glwn ieyers inquires regarding maintenance of 
houseboats between 7th and 14th Streets after new highway is 
constructed. 

Mooring of houseboats not allowed between 7th and 14th Sts. 

Awards announced on following projects: 

Beker-Flagsteff Hill Section, grading and oiling; 

8086 Walluski River Bridge Section, grading and bridge; 

Otis-Boyer Section, furnishing crushed rock; 

Sheep Ridge-Toll Creek Section, grading; 

Bridges over Wolf Creek on Wolf Creek Highwey; 

Mcidinnville Section, roadside improvement; 

Spaulding Ranch Section, greding, surfacing and oiling. 

8087 Multnomeh County. Glencullen delegation confer regarding in- 

provement of old S. P. reilroad grade between Hillsdele and 
connection with Barbur Boulevard. 

Lincoln County. Delegation protests puilding construction by 
Harley 0. Youngblood at north end of Depoe Bay Bridge. 
Acquisition by State urged. 

8088 Oregon Coast Highway. Option authorized from Mr. Youngblood 

for right of way needed for highwey revision. 

Silver Creek Falls State Park. Acquisition of Volz property. 


E 


Silver Fails State Park. Purchase of 80-acre addition author- 
ized from Gary Neal. 
Surveys. Engineer reports seve.-al surveys. Commission ap- 


proved. 

Right of wey. Attorney reports deficit in budget. 

Morrow County. Federal Aid Secondary Highwey Program. In- 
provement of Wasco-Heppner Secondary Highway between Heppner 


tion adopted in regard thereto. 

Fidelity Bond. Award of contract for furnishing fidelity bond 
deferred pending legal opinion as to status of employees. 
Bid deposits to be returned to bidders. 

Oregon Coast Highway. Permission granted Anderson and Umlett 
to transport 60-foot timbers from Newport to Kernville. 

John Day. Settlement of siphon matter involving Ira G. Boyce. 

Bridle pathe. Request of Portland Hunt Club for peths along 
Scholls Secondary and Beaverton-Aurore Secondary Highways. 

Gentral Oregon Highway. A. R. Hollingshead, Harper, demands 
payment of toll by traffic using highway across his prop- 
erty. 

Malheur County Court requested to complete acquisition of 
necessary right of way. 

Multnomah County. Maintenance of portion of Killingsworth 
Street and Columbia Boulevard refused by State. 

Monroe. Oiling of shoulders adjacent to pavement approved. 

Estacada. Estimate to install culvert pipe along school grounds 
end backfill. Project deferred. 

Multnomah County. Improvement of old S. P. grade between Hills- 
dale and connection with Barbur Blvd. requested. 

Traffic signal. Installation of traffic-actuated signal at 
intersection of Slavin Road and Barbur Blvd. authorized. 

Portland. Slavin Road. Investigation ordered for improvement 
of grade between Barbur Boulevard and Terwilliger Boulevard. 


Oregon Coast Highway between Yachats and Boiler Bay. 
Canyonville. Oiling of shoulders through town requested. 
Portland. Columbie Boulevard extension from Jersey Street to 

Ivanhoe Street considered. 

Alternate routes from Lombard Street to Willamette River 

Bridge. Action deferred. 

Pole lines. Nehalem Valley Electric Association request per- 
mit to construct line on Nehalem Secondary Highway. 

Permit withheld pending compliance with provisions of permit 

author pole line construction on Wolf Creek Highway. 
Reedsport. City asks cooperation on W.P.A. grading project. 


Date 
1938 
#101 Apr. 29 


8102 


$103 May 12 
8106 


#108 


#109 


Subject 


Contracts completed and accented, as follows: 
Southern Pacific Overcrossing at Bunker Hill, Mountein 
States Construction Co.; 
Furnishing crushed rock on Siletz Secondary Highvay, Moun~ 
tain States Construction Co.3; 
ge Dalles Roadside Imorovement Project, Van Cleave & Van 
leave. 

Agreements, et cetera, signed, 4s follows: 
Union Pacific Railroad Company and Multnomah County, con- 
struction and maintenance of Airport Road Overcrossing; 
S. P. Company, lease of stockpile site at Hillsboro; 
Weyerhaeuser Timber Company, extension of lease of stockpile 
site in Jackson County; 
Julius Christensen, elimination of cattle pass on Hillsboro~ 
Woodburn Secondary Highway; : 
J. F. Johnston, painting of bridge on 1.0.0. Highway; 
Frank Gribbin, conveyance of land in Malheur County; 
Petition to Secretary of Interior for acquisition of tract 
of land in Douglas County; 
Homer G. Johnson, Enterprise-Joseph Section of Wallowa Lake 


Highway. 
Date for next meeting set for Mey 12; meeting following to be 
held June 2 and 3, 1938. 
Real property. Resolution euthorizing acquisition. 
Condemnation. Resolution authorizing condemnation on follow- 
ing sections: 
Northeast Portland Highway, 
Raleigh Chinn Company, Albright & Greham, and Decker 
properties; 
Halsey-Sweet Home Highway, 
George W. McKinney property; 
Interstate Avenue-Denver Avenue Section of Pacific Highway, 
Laura Beer and Ada B. Toft properties; 
Pendleton, John Day Highway, 
Albert McGirr property; 


West Portland-Hubbard Highway. Charles E. Wood asks consent 
to vacation of public road in Rosewood Acres ,near Cook Over- 
crossing. Consent granted conditionally, 

Reedsport. Alterations to Reedsport Garage due to widening of 
Umpqua Highway. Offer of N. Hogan accepted. 

Gleneden Beach. James Sansbury inquires regarding proposed 
revision of Oregon Coast Highway through district. 

Oregon Coast Highway. Settlement with Frank Hilton for right 
of way required at north end of Alses Bay Bridge. 

Polk County. Salem-Dayton Secondary Highway. Settlement with 

Mrs. Charles K. Spaulding agreed upon. 


Date 
1938 
8130 May 12 


$131 


8132 


June 1 


8133 


Subject 


Signs. Approval given Foster & Kleiser signs adjacent to Ore- 
gon Coast Highway at Otis. 

Regulations covering installation of advertising signs. 

Extension of time. Edlefsen-Weygandt Company granted exten- 
sion, without penalty, on Siuslaw Junction-Awbrey Section. 

Contracts completed and accepted, 4s follows: 

Wasco County Line-Madras Section, H. L. Rice; 
Poison Creek-Burns Section, Babler Brothers. 

Agreements, es follows: 

Bebler Bros., substitution of light oil treatment on portion 
of Valley Falls-Cinder Butte Section; 

Deed conveying unto Alma McElwain land in Multnomah County; 
Deed conveying w.to Ira Wade property in Lincoln County; 
Deed conveying unto City of Albany property in Hackleman's 
Second Addition to Albany. 

Dete for next meeting. June 15, 1938 to be next meeting after 
June 2 and 3 meeting. 

Umatilla County. Umetille Grain Growers Association requests 
dock construction at Cold Springs Landing. 

Cold Springs Highway. Uinatille County suggests substitution 
of county road from highway to Collins Warehouse et Cold 
Springs for present Cold Springs Highway. 

University of Oregon. Commission's financial aid asked in 
publication of book regarding nlant life along Coast High- 
way. Commission declines to cooperate in cost. 

Fair. State Committee in charge of New York Fair exhibit asks 
reconsideration of action in declining to have Oregon exhibit. 
Oregon Motor Association endorses Commission's action in re- 
fusing participation in New York Fair. 

Swedish-American Tercentenary Association asks contribution 
for advertising Oregon at convention. Request denied. 

Minutes approved for meetings held January 5, 6 end 7, and Feb- 
ruary 15, 16, 17, 18, and 19, 1938. 

Real property. Resolution authorizing acquisition. 
Condemnetion. Attorney presents list of proverties needed for 
Klemath Falls-Lakeview Highway, Pacific Highway West, end 

Columbia River Highway. 
Resolution authorizing condemnation on Drews Valley, Inter- 
state Avenue, and Houlton-Warren Sections of above highways. 

Umatilla County. Oregon-Washington Highwey. Options for pro- 
posed reconstruction between Pendleton and Adams deferred. 

Oregon City. Appraisal of Security and Investment Company prop- 
erty authorized by outside appraisers. 

Albany. Sewer construction necessitated by removal of build~ 
ings in connection with grade separation project. State to 
assume cost. 

Salvag of brick from old brewery considered. 

Lincoln County. Offer of Siletz Investment Company end Wi. F. 
Cary to seli land at Gleneden Beach rejected. 

Umatilla County. Occupancy of Sunset Inn State Park by ©. N. 

Boylen to be terminated September 1, 1938. 


ee > ae 
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Subiect 


Load limits. Resolution lifting limits previously ordered on 

following sections: 

Pendleton—John Day Highway, Nye Jun:tion-Ukiah; 

Siletz Secondary Highway, Toledo to Kermville; 
Tampico-Lewisville Secondary Highway, Junction with Pacific. 
Highway West to Benton-Polk County Line, 

Resolution modifying reduced load limit heretofore ordered 
on Klemath Falls-Lakeview Highwey between Lakeview and point 
25 miles east. of junction with The Dalles-California Hwy. 

Wallowa Lake Highway. Resolution abandoning portion of old 
Rock Creek-liallowa Section and portions within towns of 
Wallowa and Enterprise. 

Portland. Maintenance of city streets used as highway arter- 
jals. City Engineer suggests supplemental agreenent. 

Depoe Bay. U. S. War Department requests recommendation re- 
gerding application of Herley Youngblood to construct dock 
at north end of Depoe Bay Bridge. 

Damage to State's property due to building construction by 
Mr. Youngblood. 

Pacific Highway. Additional compensation to Mrs. Pearl Koble 
for damages south of Ashland denied. 

Ocheco Highway. Ochoce Lumber Company proposes railroad con- 
struction at grade across highway east of Prineville. 
Commission to oppose such construction at P.U.C. hearing. 
Temporary permission recommended to Public Utilities Com. 

Columbia River Highway. U. S. Department of Commerce granted 
permission to maintein airway beacon on state property in 
Multnomah County. 

McKenzie Highway. Eugene and Bend Chambers of Commerce urge 
snow removal. Request denied. 

Santiam Highway. Snow removal operations authorized. 

North Sentiam Highway. Cooperation of Federal Government and 
Merion County in snow removal operations. 

Jackson County. County Judge protests allocation as made for 
Federal Aid Secondary Highway Funds. 

Klemath County. Lake-of-The-Woods Association urge additional 
improvements to Westside Klamath Lake Secondery Highway. 
Signs. Hood River County Garden Olub protests installations. 

Motion pictures. Portland Realty Board recommends use of 
Katherine Gunnell's pictures of Oregon scenery. 

John Day Highway. Prairie City Chamber of Commerce urges in- 
provements. 

McKenzie Highwey. Construction of guard fence in vicinity o7 
Leaburg Dam.s 

P.W.A. Funds. Letter from C. C. Hockley regarding application 
for P.W.A. projects. 

North Bend. Chamber of Commerce expresses appreciation of 
promise of improvement of Sherman Avenue. 

Old Oregon Trail. Mrs. J. R. Huffman inquires regarding main- 
tenance of service station near Emigrant Springs Park. 


Umatilla County. Weston-Elgin Secondary State Highway. Oil- 
ing requested by County Court. 

Investigation end report on upper 4-mile section ordered. 

Pendleton-Cold Springs Highway. Abandonment of short sec- 
tion requested by County Court to permit loading of grain 

by Pendleton Grain Growers' Association. 

Fireguerd construction requested betveen Echo and Butter Cr. 
Deschutes County. Century Drive Secondary High«ey. Rerouting 
in Bend requested. Request denied. Oiling of section from 

Deschutes River Bridge westerly approved. 
Sentiem Highway. Oiling from North Sentiam Highway junc- 
tion to Suttle Lake requested. Request denied. 

Illumination. Bureau of Public Roads objects to use of feder- 
al funds on lighting project on Interstete Avenue, Portlend. 
Commission approves lighting project under seperate contract. 

Columbia River Highvay. Negotiations with State of Weshing- 
ton and Board of Control for approprietion of gravel from 
Columbie River for grade up the Columbia Gorge. 

Douglas Gounty. Erection of marker by American Legion Auxil- 
iary on memorial drive leading to Veterans' Home at Roseburg. 

Lake County. Fremont Highway. Claim of Frank Ott for loss 
of crop. Settlement agreed upon. 

Beaverton, Non-skid weering surface on Fermington Secondary 
Highway approved. ‘To be paid from Emergency Fund. 

Fidelity Bond. Attorney General's opinion es to whether em- 
ployes of Highway Department are public officials. 

Reedsport. Estimete to reconstruct Umpqua Highway on perman- 
ent alignment through town. 

John Day-Burns Highwey. Claim of Chester Mace for loss of 
crop due to highwey drainage. 

Portlend. Sandy Bouleverd. Reconstruction between 15th and 
45th Avenue approved. Portland Traction Company to cooper—- 
ate in improvement. 

Water meter. Sale of meter from house purchased by Comnis- 
sion apvroved to Porter Yett. 

Cottage Grove. Reconstruction of Pacific Highway through town 
urged by delegation. Petitions filed. 

Harney County. Centrel Oregon Highwey. County Court requests 
oiling of Brothers-Leke County Line Section this year. 

Central Oregon Highway. Oiling between Burns end Buchanan and 
Juntura and Harper urged. 

Gearhart. Gearhart Perk Company offers to sell beach area to 
State for park purposes. Offer rejected. 

Oregon City. U. S. Postoffice Inspector and Postmaster confer 
in‘regord to proposed highway improvement on Fifth Street. 

Awerds. Commission ennounces awards on projects for which 
bids were received during morning session. (See page 8144) 

Portland. Delegation urges designation of Alberta Street as 
state highway to connect Northeast Portland Secondary and 
Columbia River Highways. No action. 


June 2 


8148 


tes Airport Roed Overcrossing. Award of contract dis- 

cuss . 

Bids. County road projects not to be advertised for bids un- 
til all right of way has been secured hereafter. 

Marion County. Salem-Independence Road, Award of contract 
for Roberts-Orville Section deferred pending settlement of 
right of way metters. 

Juniper tracts. Acquisition of severel tracts between Bend 
and Kedmond euthorized from Federal Government. 

Dougles County. Umpqua Lighthouse State Perk. Acquisition 
of property needed for weter system authorized. 

Umatille County. Request of ars. J. R. Huffien to maintein 
gesuline pump near Emigrant Springs denied. 

Curry County. Frank B. Tichenor requests establishment of 
informetion bureau in Battle Rock State Park and employment 
of himself therein. Request denied. 

Wallowa County. Maintenance of Chief Joseph Monument site. 
State declines to assume such maintenance, 

Lane County. Offer of S. C. Armitage to donate state park 
site adjacent to county road north of Eugene. No action, 
Lincoln County. Acquisition of 1l5-acre tract north of Nels- 

cott disapproved. 

Bids received on following projects: 

Sheeley Bridge Sectiou, surfacing and oiling; 

St. Helens-Warren Section, grading and peving; 

Bear Creek-Ashlend Section, roadside improvement; 
Williamson River Bridge Section, concrete bridge; 
Cottonwood Creek-Maddock Corner Section, grading and road— 
bed topping; 

Peoria-Harrisburg Section, surfacing and o_ling; 
Roberts-Orville Section, surfacing and oiling; 

Washington County Line-Skyline Boulevard Section, grading, 
surfacing, and oi’.ing 

Airport Road Overcrossing on N.E. 42nd Avenue, Portland; 
Chenoweth Creek-The Dalles Section, grading, surfacing 
and oiling; 

Sale of buildings at Albany; 

Sale of buildings in Northeast Portland; 

Sale of buildings in West Portland; 

Sale of building at Warren; 

Sale of scrap steel from Little Nestucca River Bridge; 
Sale of vacant lots in Albany. 

Tillamook County. Tone Bridge over Trask River. Bids taken 
on behalf of County. 

Bidders. Proposal bond forms prepered for county roads to 
be used hereafter in submitting bids on county road work. 
Klamath County. County Court objects to allocation of Federal 

Aid Secondary Funds to Kiamath Falls-Lekeview Highway. 
Resolution filed by County Court opposing expenditure of 
Federal Secondary Highway Funds on primary highways. 


8166 


8167 


8168 


8169 


8170 


Lombard Street-Killingsworth Street Section, grading, sur- 
facing and oiling; 

Northeast 33rd Avenue Overcrossing, reconstruction; 
Wigrich-Buena Vista Section, surfacing and oiling; 

Tone Bridge over Trask River 

Hillsboro-Airport Road Section, surfacing and oiling. 

Tone Bridge over Trask River. Bids received on behalf of and 
referred to Tillamook County for disposal. 

Bonds. County road project bonds to be submitted on regular 
county forms. - 

Douglas County. Dixonville Section of North Umpqua Highway. 
Contract to be awarded when legal and right of way matters 
disposed of. 

Tillamook and Clatsop Counties. Neahkahnie Mountain Section. 
Contract for grading work in July requested. 

Arch Cape Tunnel. To be lined and sidewalks constructed be- 
fore being opened to traffic. 

Clatsop County. $7,000 indebtedness. To be turned over to 
state when Neahkahnie Mountain project right of way negotia- 
ticns are disposed of. 

Ferry Service. Astoria Bridge Committee inquire regarding 
free ferry service ecross Columbia River at Astoria. 

Lincoln County. Nelscott delegation urge acquisition of park 
area between Oregon Coast Highway and Ocean. 

Lakeview. Chamber of Commerce endorses campaign of Oregon 
Roadside Council. 

Crook County. Prineville-Crook County Chamber of Commerce in- 
vites Commission to meeting in Prineville on June 13. 

Columbia River Highway. Reconstruction urged by Oregon Trail 
Association. 

Benton County. Corvallis-Eastside Secondary Highway. County 
Court requests extension to connection with Albany—Corvallis 
Highway. 

Northeast Portland Secondary Highwy. Mr. William L. Grey con- 
fers regarding compensation for right of way. 

P.W.A. Engineer authorized to apply for grants to finance the 
following: 

Brothers end Suntex Buildings; 
Wloodburn-Mt. Hood Loop Highway, Molalla Section; 
Healsey-Sweet Home Highway, Brownsville Section. 

Pacific Highway. California Highway Commission submits plan 
for reconstruction of California portion in 1941. 

Letter from C. H. Purcell, California State Highway Engineer, 
regarding dates of biennium referred to in resolution. 
Completion of reconstruction to California state line by 


June 1941. 
Award confirmed of eS 
Baker-Flagstaff Hill Sec , E. H. Itschner; 


Otis-Boyer Section, 0. C. Yocom; 
Spaulding Ranch Section, Mountain States Construction Co. 


se 


8161 


Fremont Highway. Commission to suggest that Bureau of Public 
Roads include provision for cleanup work in contract to 
be let on Crooked River Canyon Section. 
of site for General Fremont memorial requested. 
Booth State Park. Installation of water supply by State and 
U, S, Forest Service. Referred to Parks Superintendent. 
Permit. L. H. Dobry, Tacoma, denied permission to transport 
overheight and overlength loads. 
Log hauling. Leonard Ferguson, Tillamook, requests permit to 
haul short logs after dark. Investigation ordered. 
Cape Arago Secondary Highway. Oiling of highway through Ea- 
pire and flattening curve authorised. 
Talbot State Park. Site for Guy W. Talbot memorial approved, 
Oregon Coast Highway. Complaint of Andes Rajala, Nehalem, 
arising out of reconstruction of highway through property. 
Portland. Peninsula Golf Club. Claim for reimbursement for 
expense incurred in connection with proposed highway con- 
struction at Union and Denver Avenues. 
Agreements es follows signed: 
Douglas County, acquisition of right of way for North Umpqua 
County Road project and maintenance after completion; 
Soil Conservation Service, renewal of agreement for control 
of soil erosion along highways; 
J. B. Patterson, construction and maintenance of private 
bridge over borrow pit on Siuslaw Highway; 
Olaf Rice, construction of private bridge over borrow pit; 
Multnomah County, maintenance of Airport Road Overcrossing 
Section in Northeast Portland; 
Multnomah County, maintenance of Northwest Thompson County 
Road; 


Polk County, 
Road; 

Polk County, 
Linn County, 
Linn County, 


maintenance of Independence-Buens Vista County 


construction of Independence-Buene Vista Road; 
maintenance of Corvallis-Harrisburg County Road; 
payment of County's indebtedness on construc— 


tion of Santiam Highway; 
8263 Marion County, construction of Salem-Independence Ferry Rd.; 
Marion County, maintenance of Salem-Independence Ferry Road; 
E Columbia County, maintenance of Upper Nehalem County Road; 
' Wasco County, maintenance of Chenoweth Creek County Road; 
’ Washington County, maintenance of Hillsbore-Cornelius Pass 


Road; 


81464 


Clackamas County, maintenance of Carver-Rediand County Road; 
Miles Earl Ollivant, renewel of lease of gravel bar. 

Bids received, as followr: 
Carver-Redland Store Section, grading, surfacing & oiling; 
Bridge over South Fork Rock Creek; 
Dixonville Section, grading and surfacing; 


Page Date 
1938 
8179 June 3 


8180 


8182 


8183 June 13 


8185 
8186 June 14 


8187 


8188 


Subject 


Pacific Highway. Landscaping at north approach to Medford re- 
cuested by City Superintendent, 
Worth Santiam Highway. Resurfacing and oiling from Mill City 
to Gates requested. 
Lewis & Clark Monument. Permission requested to erect monu- 
ment at west city limits of The Dalles. 
Borrow pit. Sportsmen's Association of Eugene requests use of 
pit for casting tournament. Ss] 
Oregon Roadside Council. Requests for state funds to finance 
educational campaign denied. 
Pole lines. Oregon Automobile Dealers’ Association urge pro- 
hibiting of high-power lines along highways. sia 
Request of Bonneville Power Company to erect power line be- = | 


tween Bonneville and Cascade Locks along Columbia River Hwy. 
Mist-Clatskanie Highway. Oil surface requested and denied. | Dear 


Log hauling. R. E. Stiff requests permission to truck logs 
on secondary highways in Baker County during reconstruction 
of North Powler-Haines Section of Old Oregon Trail. 

Surveys. List of surveys ordered since last meeting approved. 

Contracts completed and accepted as follows: 

Drain Rock Production Project, Eugene Sand & Gravel Co; 
Gold Hill Rock Production Project, A. S. Wallace, 

Ochoco Highway. Improvement requested by Prineville rook 
County Chamber of Commerce. 

Prineville-Madras Highway. Location survey urged. 

Rerouting in town of Prineville discussed. 

John Day-Burns Highway. Oiling of sidewalk between John Day 
and Cenyon City approved. 

Citing of highwey through John Day and Prairie City approved. 
Survey for oiling through Prineville authorized. 

Ochoco Highway. Ochoco Dam-Marks Creek Section. Entire 
project to be contracted. 

Slevin Road. Proposed crossing under Barbur Blvd. discussed. 

Port Orford. Oiling of shoulders adjacent to hwy. requested. 

Grade separation. Report on cost to construct structure at 
Sandy Blvd. and 39th Avenue, Portland. 

Log hauling. Request of Leonard Ferguson to haul during 
hours of darkness. 

Albany. Salveging of brick in old brewery building «s W#.P.A. 


0 ect. 
— on cost to construct maintenance building. 

Benton County. Corvallis-Eastside Secondary Highway. Report 
on cost of connection with Albany-Corvallis Hwy. and re- 
pairs to Willamette River Bridge. 

Purcheses authorized, as follows: 

13 trailer-type toolhouses for extra gang bridge crews. 

Load limits. Order lifting limits previously imposed on: 
Grater Lake Highway, from junction with Pacific Highway to 
junction with Vest Diamond Lake Highway. 
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a 8175 


8176 


8177 


8178 


Subject 


Brothers Oasis. Contract for drilling of well awarded to A. 
M. Jannsen Drilling Company. 

Advertising signs. Reyuiring bonds from owners of signs. 

Pacific Highway. Californie-Oregon Power Company. Request 
for placement of poles 5 feet from right of way line denied. 

Sewer System. Salem. Construction as cooperative project with 
State Forestry Department, State Highway Shops and State 
Penitentiary. 

ture of $1,000 approved. 

Load Limits. Order lifting limits previously imposed on fol- 
lowing sections: 

Little Nestucca Highway, from Dolph to 6 point two miles 
westerly thereof; 

McKenzie Highway, McKenzie Bridge to east city limits of 
Springfield; 

Willamette Highway, Goshen to Oakridge; 

John Day Highway, Prairie City to Unity; 

Klamath Falls-Lakeview Highway, Klamath Falls to Lakeview. 

Traffic count. Report on primary and secondary highways and 
county roads, from August 19 to December 16, 1937, ordered 
filed. 

C. B. McCullough. Attendance at meeting of American Society 
of Civil Engineers in Salt Lake City authorized. 

Oregon Coast Highway. Reconstruction on new alignment r squestal. 

Bridge construction. Use of timber requested by Willamette 
Valley Lumbermen's Association. 

Log hauling. Columbia River Highway. equest of The Dalles 
Mill & Lumber Co. to truck from Mosier to The Dalles denied. 

Lebanon. Strawberry Festival June 3&4. Closing of Main 
Street between 9th and Maple Streets authorized. 

Oregon Coast Highway. Request of L. Heasbach for parking 
space at Kernville denied. 

Snow removal. Timberline Roed. Conference with Regional 
Forester deferred. 

Salem. Court Street improvement, especially rounding of curb 
lines. 

Engineer recommends use of existing black pavement on Court 
Street beyond limits of Summer Street. 

Wilson River Highway. Through or main highway from east city 
limits of Tillamook to Tillamook-Washington County Line. 
Resolution adopted. 

Fidelity bond, Purchase of bond from Ohio Casualty Insurance 
Company authorized. 

Dates for next regular meetings set for June 30 and July 21, 


Awards. Commission announces awards on projects for which 
bids were received during morning session. (See page 8163) 
Oregon Coast Highway and Wolf Creek Highway. Directional sign 

erected at junctfion requested by Seaside Chamber of Commerce. 
Jackson County. Chamber of Commerce invites Commission to 


8201 


8202 


8209 


Page Dats Subject 
8199 June 15 Pacific Highway. Landscaping of north entrance into Medford. 


Pacific Highway West. Reconstruction of viaduct at Newberg. 

Klamath County. Whitney County Road. Lost River Bridge to be 
reconstructed before Bureau approves surfacing and oiling of 
Malone-—Oalifornia Line Section. 

Wallowa County. Hurricane Creek County Road. Bureau defers 
improvement of Enterprise-Scotch Creek Section until timber 
culvert is reconstructed. ExPense of culvert improvement 
discussed. 

Facific Highway West. Delegation from Newberg and McMinnville 
urge reconstruction of viaduct at Newberg. 

Improvement through town of Dundee urged. 

Reconstruction of highway et St. Joseph Underpass, north of 
McMinnville requested. 

Improvement of Baker Street in McMinnville requested. 

Meilinnville-Tillamook Highway. Reconstruction as far as Valley 
Junction in Commission's plans. 

Weston-Elgin Secondary Highway. Oiling of unoiied section near 
summit deferred until next year. 

Awards. Commission announces awards on projects for which bids 
were received during morning session. (See page 8191) 

Real property. Attorney authorized to ccmmence coudemnation 
for right of way for projects advertised for this meeting. 

Pole line. Permit authorized for Cascade Locks to construct 
pole line along south side of highway. 

West Coast Power Company to remove pole line through Cascade 


Se 

Real property. Resolution authorizing acquisition. 

Bonde. Commission sold bonds to The United States National 
Bank of Portland. Bids received morning session. { See 
page $196). Resolution adopted. 

Permit. Mr. Jack Joyce, U. S. Forest Service, requests permis- 
sion to move buildings between Camp Sherman and Fort Rock. 
Permit to be authorized if trial movement satisfactory. 

Harold B. Say authorized to contact newspaper officials in 
Washington and Idaho. 

Oregon-\iashington Highway. Pendleton-Adams Section. Attorney 
to take options for right of way. 

Sandy Blvd. Project. Portland General Electric Company to con- 
tribute $25,000 toward reconstruction. 

Project to be advertised for bids to be received July 21,1938. 
Denver & Union Avenues traffic separation structure. Claim of 
Peninsula Golf Club for studies and investigations denied. 

Oregon Coast Highway. Arch Cape Tunnel. - Opening for traffic 


urged. 

senstie Highway. Offer of irs. Alvena H. Porlamd to sell prop- 
erty for revision of highway rejected. Attorney to condemn. 
Permanent location survey of revised route authorized. 

Lane County. Armitage property. Commission accepts gift of 
30-acre tract. 

Lincoln County. Purchase of park site north of Nelscott not 

authorized. 


Subject 


Award confirmed of following contract: 
Drilling of well for Brothers Oasis, A. M. Jannsen Drilling Co. 
Sale confirmed of following buildings: 
No. 5412, Northeast Portland, Sullivan Yirecking Co. 
No. 5416, Northeast Portland, Sullivan Wrecking Co. 
No. 5255, Northeast Portland, Sullivan Wrecking Co. 
Oregon Coast Highway. Neahkahnie Mountain Section. Cov ract- 
ing of entire project this fall. 
Silverton-Marcquam Road. Silverton Safety Council requests 
a sidewalk construction along road ia Silverton. 
A 8190 Cattle grazing. Commission urged to prohibit grazing on 
3 state and county highways. 
Contracts completed and accepted as follows: 
Cook Station Overcrossing, Harold Blake; 
Sardine Creek Bridge, Mountain States Construction Co. 
Baker-Durkee Section, Rogers Construction Co. 
Cold Springs Highway. Pendleton Grain Growers Association 
requests use of right of way for site for grein elevator. 
8191 June 15 Bids as follows, opened and read: 
Coquille-Clausen Section, grading, surfacing and oiling; 
y Columbia Blvd.-Harding Ave. Section, paving; 
? 8192 Enterprise-Scotch Creek Sec., grading, surfacing and oiling; 
Ly Sheeley Bridge Section, surfacing and oiling; 
yy QOhenoweth Creek-The Dalles Section, grading, surfacing and 


. ilk oiling. 


Baker County. Robinette-Homestead and Baker-Homestead Hwys. 
Emergency maintenance of four tunnels authorized. 
Ae ei Multnomah County. Vista House at Crown Point to be given to 
. eae state as gift by county. 
3 ik Load limits. Order lifting limits previously imposed on: 
. | North Fork Nehalem River Bridge, Clatsop County; 
: Deer Greek Bridge, Yamhill County. 
iN Order modifying limit previously imposed on following: 
. Yemhill River Bridge, femhill County. 


8194 Pacifie Highway West. Improvement of Newberg viaduct. 
Dundee. Iuprovement of highway in Dundee proposed. 
8195 Log hauling. Engineer to investigate operations of Buzgard~ 


Burkhart Lumber Company relative to requiring special car~ 


rier permits. ; 
Pacific Highway West. Improvement in Corvallis discussed. 


Oregon Coast Highway. Proposed rerouting of highway in Gold 
Beach. 
£196 Union Avenue Viaduct Project. Seeley property. Attorney to 
continue negotiations. 
Bond bids, as follows, opened and read: 
The United States National Bank of Portland; 
The First National Bank of Portland ; 
State Bond Commission. 
8197 Multnomah County. Aerial photographs of property between 


Corbett and Dodson authorized. 
Pacific Highway. Adoption of new route south of Grants Pass. 


Subjec 


: age Date 

1938 

8217 June 29 Silverton-Merquam Highway. Silverton Safety Council requests 
sidewalk construction along highway in Silverton. 

West Linn. Report on cost to oil shoulders adjacent to pave- 
ment. 

8218 Federal Aid projects. Attorney's opinion relative to obligat- 
ing highway funds to match federal funds. 

Salem. Court Street improvement. Bids to be taken, award to 
be deferred. 

Pacific Highway. Frank Forth requests compensation for damage 
to his property south of Ashland. Request denied. 

Oregon City. Offer of settlement with Security and Investment 
Company for right of way for East Portland-Oregon City Hwy. 

8219 Forest Grove. Bypass route for connection of Tualatin Valley 
Highway with Gales Creek County Road discussed. 

Silver Creek Falls Highway. Report on cost to grade and oil 
unoiled portion in vicin’ty of Shaw. 

Oregon Const Highway. Port Orford. Report on cost of oiling 
between jth Street and Knapp Hotel. 

Albany. Construction of maintenance building as P.W.A. proj- 
ect approved. Resolution adopted authorizing Engineer to 
apply for grant of P.W.A. funds. 

8220 Award confirmed of following contracts: 
Roberts-Orville Section, McNutt Bros; 
Vashington County Line-Skyline Blvd. Section, Saxton, Looney 


and Risley; ; 
Wigrich-Buena Vista Section, J. C. Compton; 
8221 Tieenville Section, Herold Blake; 


Columbia blvd.-Herding Avenue Section, Harold Blake; 
Enterprise-Scotch Creek Section, Rogers Construction Co. 
Federal Aid Highway Act of 1938. Copy ordered filed. 
Oregon Coast Highway. Arch Cape Tunnel~Short Sand Beach Greek Ls 
Section. Bids to be received in August. 
Advertising signs. Code of regulations relating to mainten- 
ance approved. 
8223 Signs. Re ,uest of Yakima Chamber of Commerce to erect sign 
directing traffic to Paterson Ferry denied. 
Eyesight tests. Services of three oculists and optometrists 
to advise on tests and equipment authorized. Engineer to 
consult with Dr. Dillehunt before selecting members. 
Equipment. Wolf Creek Highway. hental of equipment for 
short period authorized. 
8224 Fidelity bond. Ohio Casualty Insurance Company. Report of 
State Insurance Commissioner regerding rates. Commission ' 
orders Secretary to file applications. 
Portland. Sandy Bivd. improvement. Portland Electric Power 
Co. to pay $25,000 toward cost of improvement. Company to 
maintain remainder of street occupied by its rails. 
Bond. Release of bond, for Oregon Coast Highway bridge con- 
struction, deposited with Chase National Bank of New York 


authorized. 


- ‘ . 
er OT a 


ae 


Date 
1938 
: 8210 June 15 


ee 8212 June 29 


8215 


8216 


8217 


Subject 


Douglas County. Easement for pipe line across property of 
Southern Oregon Lumber Co. at Umpqua Lighthouse Park. 

Tillamook County. Purchase of 200 acres of lend 1s addition 
to state park at Arch Cape. 

Lincoln County. Wayside strips between highway and ocean. 
Commission opposed to sponsoring holding company for purchase 
of property. 

Agreements, et cetera, as follows: 

Berke Bros., settlement of claim for extra compensation aris- 
ing out of contract No. 1906; 

State Board of Forestry end State Penitentiary, construction 
of — sewer pipe line; 

Vi and Henry G. Pratt, purchase of park property south of 
Cape Perpetua; deed to property to be deposited in First 
National Bank; 

Bureau of Public Roads, financing The Dalles Roadside Im- 
provement Project; , 

Klamath County, maintenance of Whitney County Road; 

Wallowa County, maintenance of Enterprise-Hurricane Creek 
County Road; 


3 
Bargain and sale deed con to Lee Ragan rty near 
north end of Siuslaw River heilige, Lane County; - 


Bargein and sale deed conveying to Al Krause property in 
Lincoln County adjacent to Oregon Coast Highway; 
Bargain and sale deed conveying to A. J. Hodges property in 
city of Albany outside of highway right of way. 

Vorld's Fair. Use of models and dioramas of highways and mo- 
tion picttres with sound synchronization discussed. 

Travel and Information Department. Appointment of committee, 
as recommended by Advisory Committee, deferred. 

Acquisition of real property. Resolution adopted. 

Umatilla County. Oregon-Washington Highway. Appraisals of 
property to be submitted. 

Portland. Interstate Avenue improvement. Mr. & Mrs. Roskoski 
refuse offer for property. 

Albany. Gravel pit and quarry site. Purchase of 20-acre 
tract deferred. 

Yaquina Bay State Park. Negotiations for additional area au- 
thorized. 

Benton County. Park site adjacent to Alsea Highway. State 
to accept tract as gift from county. 

Coos County. Golden Fails State Park. State to accept por- 
tion of Silver Creek Area and Silver Falls as gift from Co. 

Deschutes County. Sisters. Condemnation of area in we con- 
nection of McKenzie Hwy. with Santiam and Bend-Sisters Hwys. 
authorized. 

Tillamook County. Cape Lookout State Park. Acquisition of 
31.72 acre tract from Crown Willamette Company authorized. 
Columbia County. Acquisition of tract east of Mist on Nehalem 

Highway referred to Columbia County Granges. 
Multnomah County. Crown Point property. Park Superintendent 
confers with County Commissioners. 


eA) TS 


Page Date © Subject 


1938 
8235 June 30 


8236 


8238 


8239 


8245 


8246 


Oregon Coast Highway. Acquisition of right of wey at Depoe 
Bay Bridge for proposed revision of highway authorized. 

Safety contests. Secretary of State requests permission to 
erect plagues on highway entrances to winning cities or towns. 

Portland. Interstate Avenue improvement. Roskoski property 
to be condemned. 

Fremont Highway. Attorney to purchase gravel pit from Richard 
Curran, Jr. Resolution authorizing condemnation if offer 
refused. 

Forestry Dept. Agreement for occupancy of portion of Wilson 
River Hwy. right of way and construction of guard cabin unit. 

Columbia River Highway. Settlement with Mrs. Minnie T Reed 
for right of way. 

Worlds Fair. Conference with Fair Committee. Use of models 
and dioramas approved. Use of motion pictures, in soum, 
approved. 

Depoe Buy. Harley 0- Youngblood requests permission to open 
state's rock wall at bridge as access to his restaurant. 

Morrow County. Wasco-Heppner Secondary Highway. Transfer of 
funds to finance construction of Heppner-Rhea Creek Section. 

Awards. Commission announces awards on projects for which 
bids were received during morning session. (See page 8225) 

Lower Columbia River Highway. Shell Oil Company to cooperate 
in improving drainage facilities. 

Albany. Reconstruction of water pipe lines and Santiam Canal 
affected by grede separation project. 

Pacific Highway. Mrs. Pearl Koble renews claim for damage- 

Surveys. List of surveys ordered since last meeting. 

Extensions of time, 45 follows: 

Joplin & Eldon, Shaniko Section; 
Berke Bros., Inc-,; Arch Cape-Beach Creek Section; 
R. 0. Dail & Warren Bros., Heppner Junction Rock Production; 

Contracts completed and accepted as follows: 

Valley Falls-Cinder Butte Sec., Babler Bros.; 

Horse Ridge-Brothers Section, McNutt Bros.; 

Union Avenue Bridge over Sullivan's Guich, Averill & Corbin; 
South Fork Cuartz Bridge Section, F, C. Himber Co.; 

Bloucher Section, Fisher Brose} 

Lincoln County Line-Alsea Mt. Section, R,O.Dail & Warren Bros.; 
Heppner Junction Rock Production, R.O-Dail & Werren Bros.; 
Shutt}er Flat-Condon Section, Schmeer, Williams & Gentemann; 
Grande Ronde River-Noyes Ranch Section, Warren Northwest Inc. 
Lake County Line-Gap Ranch Section, A. Milne; 

Eagle Point-Baker Gulch Section, Clifford A. Dunn; 

west Forest Boundary -Horse Kanch Section, J.C. Compton; 
Mystic Creek-Brockway Section, D. L. Ashton; 

Little Nestucca River Bridge, Mountain States C onstr. Co. 
Otis-—Boy er Section, 0. C. Yocom 

agreements, et cetera, as follows: 

City of Portland, reconstruction of N. E. 33rd Ave. viaduct. 
A, R. Savwtell and J. Cc. Goldrainer, installation of new ac- 
counting system in state highway department offices. 


eS ee 


8226 


i 8234 


8235 


Subdject 


Warm Springs Secondary Highway. Survey between Prineville 
and Jefferson-Crook County line authorized. 
Bids, as follows, opened and read: 
Bly Mountain-Reatty Section, grading, surfacing and oiling; 
Court Street Section, Salem, paving; 
Obsolete equipment and scrap material at highwey shops. 
Oregon Coast Highway. No bids received for old lumber and 
ling in trestle bridges. Advertised at this meeting. 
Historical marker. Erection of marker on John Day Highway 
south of Arlington requested. 
P.W.A. grants. 4cceptance of offer to aid in financing fol- 
Lowing: 
Catching Slough Bridge, Coos County ; 
Fleming Ranch-Schindler Bridge Section, Linn County; 
Sunny side-Umapine Section, Umatilla County; 
Office building and storege shed near Klamath Falls. 
Resolutions accepting offers adopted. 
Date for next meeting set for August 4, 1938. 
Log hauling. E. W. Segessenman requests reinstatement of log 
hauling permit. 
John Beakey authorized to attend meeting of National Confer- 
ence on State & Highway Safety in Washington D. C. 
western Association of State Highway Officials. Following 
authorized to attend meeting at Keno, Nevada: 
F. L. Tou Velle, R. H. Baldock, J- M, Devers, H. G. Smith, 
J. N. Bishop, G. S. Paxson, and John Beakey. 
Baker-Homestead Highway. Oiling requested between Halfway 
and Timber Canyon Hill. 
Willamina. Letter of thanks for resurfacing Main Street. 
Interstate Bridge. Portland General Electric Co. requests 
renewal of lighting agreement and waiving of rental charge. 
Clatsop County. Walluski River Bridge on Nehalem Highway. 
Recuest for pedestrian walk on bridge denied. 
Welluski River Bridge. Grade line of embankment to be lowered 
State College experiment station property to be restored. 
Truck owners and operators. Urge action to provide employment 
for individual truck owners on Wilson River, Bear Canyon and 
Wolf Creek projects. 

Salem. Request of Martha Roddy to conduct confectionery stand 
at highway shops denied. 

Oregon Coast Highway. Newport. Purchase of 10-ft. strip from 
Mrs. Laura Hood authorized. 

Klamath Fells. Opposition to rerouting The Dalles-California 
Highway along 11th Street. 
Public hearing regarding change set for August 9, 1938. 

Deadwood Secondary Highway. Request for improvement from 
junction with Siuslaw Highwey to mouth of Cougar Creek. 

Enegren Ferry Service. Goos River. Recuest for 24 hour 
service, 7 days e week, denied. 

Columbie River Highway. Modernization between Troutdale and 
The Dalles urged. 
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Salem, Oregon, April 14, 1938 


The State Highway Comuission met in special session at 11:00 o'clock 
a. m. in the office of the State Highway Engineer, Room 325 State Office Build- 
ing. Present were: 


Henry F. Cabell, Chairman 

E. B. Aldrich, Commissioner 

F. L. Tou Velle, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


The Engineer requested authority to acquire certain parcels of real 
property that are needed for various highway improvements throughout the 
state. He presented a list of such parcels, and prices that he recommended 
be paid for each. After careful consideration the Commission approved the re- 
— and by unanimous vote adopted the f.llowing resolution in regard there- 


WHEREAS, in connection with the further improvement of the 
highways hereinafter designated, it is and has been necessary to ac- 
quire property for right of wey, quarry sites, gravel or other ma- 
terial sites, or sites for the storage of materials, as hereinafter 
more definitely set forth; and ~ 


WHEREAS, as a result of negotiations carried on with the 
owners of the property required, options have been obtained, which 
options have been considered by the Commission, outlining the bases 
of settlement which have been agreed upon; and 


WHEREAS, it is the judgment of the Commission that the 
said options should be approved and accepted, and/or the said re- 
ports be declared acceptable to the State Highway Commission as ba- 
ses of settlement for the properties involved, and that the acqui- 
sition of the properties should be completed: 


NOW, THEREFORE, BE IT RESOLVED that the several offers, or 
bases of settlement hereinafter enumerated be, and the same hereby 
are, approved and accepted, and that the Attorney for the State High- 
way Commission be, and he hereby is instructed to complete the acqui- 
sition of the said properties and to take title therete in the name 
of the State of Oregon. The said properties hereby ordered and au- 
thorized to be acquired are as follows: 


Section, Hwy., and Owner Purpose. Acres Approximate Amounts Agent 
S) ction - ings Hi 


1255-Weyerhaeuser Timber Co. 0.51 10-yr lease $1.00 Benson 
Stock Pile Lump Sum 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


h- tion - No + Portland 

5449-Macklin, A. — 4 3 at per sq. ft. Parker 
0.51 a. 

5412-Habernicht, Wm. a 5000 sq.ft. 7 sq.ft. plus $2500 " 

5419-Holt, Lillie H. " 35130 sq.ft. 3¢ sq.ft. ° 

54,84-McElwain, Alma ® 0.032 Even exchange for 0.030 a” 

5803-Stoecher, Fred ® 6950 sq.ft. 2¢ sq.ft. n 

580,-Mitchell, Reymond " 6645 sq.ft. 2¢ sq.ft. plus $10 plus 
moving bldgs. (Estimated cost $135) " 

5801-Funk, Jack * 13160 sq.ft. 2¢ sq.ft. plus $94.30 
plus moving house (Estimated cost 
$110) ° 

5446-Dooley, W. R. " 7757 sq.ft. 2¢ sq.ft.plus $99.86 plus 
moving bldgs. (Estimated at $150) " 

54,50-Blake, Harold, and " 0.106 $613.15 per a. " 

Kern & Kibbe 

5442-Teresi, Jos. " 142877 sq.ft. 2¢ sq.ft.plus $442.46 * 

5513-Collinson, Marie " 0.026 $871.20 per a. . 

5514-Collinson, Frank " 3.508 $871.20 per a. " 

5428—Jacobs, Wm. J. " 29190 sq.ft. 2¢ sq.ft. to be exchanged 
for property outside R/W + $1250 + 
moving office and gas pump (Esti- 
mated at $325) 

Ss Mt. k tion - Wolf Creek Hi 

5034-Crown-Zellerbach Co. 194.79 $3000 Lump Sum Benson 

R/W Park Road 

St. Helens-Scappoose Section = Columbia River Highway 

5792-Ricen, M. 1439 sq.ft. Gratis Benson 

St. Helens Section - Columbia River Highway 

5728 -Baxter, Laura W. and 0.50 $500 ver a. McChesney 


F. K. Lovell 


Viento-Memaloose Park Section - Columbia River Highway 
5290-Hood River,City of Stock Pile 1.37 5—yr. Lease, $1 per yr.Collins 


Meteger Undercrossing = Aurore-Deavertor FOfmNSY Hi 
5731-Howell, Marie C. 0.191 $75 Lump Sum, plus mov- 


ing fence 

Mile Bridge Section - Nehalem Sear 

5557-Roberson, L. H. 1307 sq.ft. $0.0765 sq.ft. + $100 
McChesney 

- Mt. Hood £ 

5824-Hood River Stock Pile 1.01 Gratis McChesney 

Clatsop County Line-Mohler Section - Oregon Coast Highway 

800-Tubbesing,Ella M.et al Stock Pile 0.202 2-yr.Lease,$10 per yr. Sollins 

Mohler-Kilchis Section - Oregon Coast Highway 

5790-Tillamook County Stock Pile 1.1 Lump Sum $178.02 Collins 
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Section, Hwy., and Owmer Purpose Acres Approximate Amounts Agent 


ncras-VEs OUND 4. . 1 BLLES pal ornis Hi ehwey 
5455-U.S.Dept. of Agric. Stock Pile s30 Gratis,plus fencing 
Easement McCallister 
54,56—" n " Stock Pile 1.38 t " a " 
Easement 
+ Wi - - ¢ -N rt. 
5186-A-Conklin, M. J. Hauling Road 0. $50 for zasement, 
Easement plus $80 McCallister 
East Unit, Missouri Flat Section — Medical Sorings Highway 
5294-Vandecar, Byron Gravel Pit and 9000 cu.yds. at 3 cu.yd. 
Hauling Road Lease plus $20 Wells 
- Sectio’_- Pacifié Highway 
5937-D-Ross, Elmer H. Gravel Pit 5.414 $200 per a. plus $60 Benson 
5937-B-Kokkeler, Louie Tome, 4.01 Lump Sum $500 n 
ke 16 th Park Section — Pacific wa 
5799-Hoffman, Frank 230 $75 per ae + $81.60 Benson 
Elkton Section ~ Umpqua Highway 
4592-Moore, R. A. Stock Pile 1.02 5-yr. lease Benson 
Lump Sum $75 
Pringle k Section - Pacific Hi East 
3823-A-Cornforth, Belle 0.041 $500 per a. plus $64 
McCallister 
-Co 1. t — He ton 
554,5-Belscamper, Lorettie 0.44 50 per a. Wells 
1d Bridge - Vv hwa, 
554 ornia-Oregon Gravel Pit 10.49 $42.90 per a. DeSouza 
Power Company 
~— Pa c Ea: 
4972-Browm, S. J. 7326 sq.ft.at $0.055 per sq.ft. 
plus $2850 Gardiner 
4958-Holloway, Gladys V. " 14520" " 16f per sq.ft. 
plus $1926.80 DeSouza 
5130-Childs,Charles, and 5968" " 20¢ sq.ft.+ $1556.40 " 
* 8 . 
et tion — Wolf 
5 vani, W. H. 20.01 $20 per a. McChesney 
ook r - + Portland- 
32-Hartley, L. W. 35000 sq.ft. Lump Sum $500 -Parker 


tion — Columbia River way 
olumbia County Stock Pile 1.0 Gratis McChesney 
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The Attorney brought up for discussion matters pertaining to the 
controversy with the Security & Investment Company of Oregon City relative to 
right of way needed for the East Portland-Oregon City Highway in Oregon City, 
and particularly the request of Mr. Jack Latourette, company attorney, who 
has asked for another appraisal of the company's property by an independent 
group of appraisers. After considerable discussion the Commission approved 
the request and instructed the Attorney to arrange for three competent men to 
make such appraisal, and to have them report +o Chairman Cabell for instruc- 


tions. 


The Commission adjourned at 12:15 o'clock p. ™. and reconvened at 
1:45 o'clock p. m. in the same room with all dommissioners, the State Highway 


Engineer, the Attorney, and the Secretary present. 


Mr. Philip Chipman, attorney, Portland, came before the Commission 
in behalf of the Evans Products Company, Marshfield, who have a contract with 
N. B. Marsh, Marshfield, for delivery of logs to its plant. It appears that 
Mr. Mavsh has a number of trucks engaged in log hauling in this vicinity and 
that the drivers have been arrested numerous times for transporting loads 
weighing in excess of the statutory weight limits and the reduced weight lin- 
its ordered by the Highway Commission; that two of his trucks are still on 
the suspended list, and, according to the rules and regulations of the State 
Highway Commission, cannot be reinstated in service wntil May and June, one 
of them having been overloaded three times and the other four times. Mr. 
Chipman advised that the Evans Products Company is extremely anxious to se- 
cure more materiel for its plant and will be very grateful if the Highway Com- 
mission will reduce the penalty heretofore imposed and allow Mr, Marsh to re- 
sume operations with all of his trucks at once. Chairman Cabell advised that 
the Commission has endeavored in numerous ways to secure the cooperation of 
the log haulers in the matter of loads, so as to preserve the highways as 
much as possible; but some of the log haulers pay no attention whatsoever to 
the Commission's requests, and it has been found that the only effective 
means to curb the transporting of overloads is by suspending the operation 
of the equipment involved. He added that,if the Commission modified the pen- 
alty imposed on Mr. Marsh in this particular instance, it would have to ex- 
tend the modification to include other operators who are in the same predic- 
ament, otherwise the Commission would be placed in an embarrassing position, 
for which reason the Commission must deny the request. Commissioners Aldrich 


and Tou Velle concurred. © 


At 2:00 o'clock p, m. the Commission conferred with Dr. E. C. Dal- 
ton, St. Helens, and Robert W. Sawyer, Bend, members of the State Capitol 
Reconstruction Commission, in regard to the reconstruction of the Summer 
Street approach to the new state capitol building in Salem, Alton John Bas- 
sett, Secretary of this Commission, was also -present. Dr. Dalton presented 
a certified copy of an excerpt from the minutes of the meeting of the State 
Capitol Reconstruction Commission held on April ll, 1938, relative to this 
matter, which resolution read as follows: 


WHEREAS, the landscaping scheme heretofore, adopted by 
the State Capitol Reconstruction Commission set forth on plot plan 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


° tz River-New: Section’ - Ore Coast wa: 
Krause, L. Leonard, 75 $400 per a. Credit to be 
(Trustee) taken for 2.29 a. at $400 


ii per a. and 1.0 a. at $300 
; per a., to be deeded to 
" Krause McCallister 


a higher rice. 


: NOTE: Mr. Krause has a sale pending for the 20 acres which the 
€ highway crosses, at @ price of $500 per a., and action 
FS: should be taken to avoid dealing with new purchaser, at 


# 5788-Stenzel, Frank Stock Pile 2.007 $175 per a. 


e Section - Oregon Coast Hi 
Fiorence Sec A. E. RW 8409 sq.ft.$150 Lump Sum plus taxes 


Devers 


ef Bandon-Port Orford Section — Oregon Coast Highway 
0 


a 4 5974-Ferman, P. C. Stock Pile l. $125 Lump Sum McCallister 
ie 

fag Otis-Siletz River Section - Oreecn Coast Highway 

fis), 5795-Masten, Loretta, and 50, sq.ft.at 10¢ sq.ft.plus remodel- 
wl E. R. Keith ing front garage and service 

‘J station and moving gas pump 

; and tank (Est.at $250) 

: Collins 
ki Haines-North Powder Section - Old Oregon Trail Highway 

\ 5004-Chandler,Herbert et al 0.48 50 per a.plus movirg 

ie fence Wells 
a! letz Section ~ Siletz Highway 

ay Dickenson, Lee L. R/W 0.44 $100 per a. Eason 
te, 4lisboro Section -— Tualatin Valle Hi 


ME 5929-Southern Pacific Co. Stock Pile 2 lots 4-mo.Lease at $5 per mo. 


Collins 
o Dead Ox Flet Section — Old Oregon Trail ea gimey 
A 5568-Gribben, Frank Stock Pile 9. To be exchanged for 
i and Haul Road equal area Williams 


Scotts Butte-Blue Mountain Section — 1.0.N. Highway 
Wells 


5798-Malheur County Gravel Pit “17.72 Gratis 


k Creek-Wallowa tion — Wallowa 

57lo-Schaeffer, Lucy Stock Pile 5-30 5-yr.Lease $160 W.C.Williams 
+tz-Kernville Section - Siletz 

5791-Johnson, C.D. Lbr.Co. Stock Pile 1.31 $25 per a. McCallister 


Estacada Sect - Woodb » 
perecgee ees James mT, 3 sq.ft.$25 Lump Sum Parker 
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Capitol Street and Winter Street but that this Commission would require the 
vacation of the existing Summer Street and the dedication of the other two 
streets before proceeding with construction. Furthermore, the Commission 
would require that the City of Salem reconstruct its seser and waterpipe line 
and other facilities on this street before commencing the highway improvement 
so as to eliminate the necessity of cutting up the pevement after the highway 
work is completed. 


Mr. Sawyer gave as his thought that it would be proper for the 
State Board of Control and the Salem City Council to act on such matters and 
advised that the City of Salem has already agreed to reconstruct its facili- 
ties that are involved. He also stated that the State Capitol Reconstruction 
Commission would arrange for the circulation of petitions 6s may be required 
to secure the vacation of Summer Street and the dedication of the other two 
streets and such other petitions as may be required to secure the reconstruc- 
tion of the underground facilities of the city. He doubted that the proce- 
dure could be completed by the time that the Highway Commission would want to 
award its contract for the highway work in June, but suggested that bids be 
taken nevertheless and that the eward of the contract be held pending a sat- 
isfactory conclusion of the other details. He requested the services of the 
Highway Commission's Attorney in preparing the petitions and the other pro- 
ceedings that may be necessary, in view of the fact that the Assistant Attor- 
ney General, assigned to the Capitol Reconstruction Commission, is now in the 
East. He pointed out that immediate action is necessary so that the matter 
can come before the Salem City Council at its next :neeting on Monday evening, 
April 18. The Highway Commission granted the request by unanimous vote. 


In a further discussion of this macter it was agreed that the Svate 
Capitol Reconstruction Commission would prepare its plans for its portion of 
the project, would secure the right of way, and would advertise its project 
for bids to be received at the same time that the Highway Commission receives 
the bids for the construction of its portion of the project, and that the 
bids for both projects would be considered and contracts awarded at the same 
time so that the work on both can proceed simultaneously. 


A letter was presented from County Judge C. E. Lyon, Deschutes Coun- 
ty, urging that Deschutes County be listed among the first nine of the coun- 
ties which are to receive benefits from the federal aid secondary highway 
funds. The Commission ordered that a reply to this letter be withheld until 
such time as the circular which the Commission proposes to send to each of 
the county courts relative to federal aid secondary highway matters has been 
pre and approved. The Engineer was instructed to prepare such circular 
letter for the approval and signature of Chairman Cabell. 


A petition was presented signed by 53 businessmen of Philomath pro- 
testing the "deplorable condition" of the Corvallis-Newport Highway in their 
town and urging the Commission to oil or pave the same the full width between 
curbs for at least two or three blocks in the main business section. The Bn- 
gineer advised that such improvement would cost about #2000, including the in- 
stallation of drainage pipe and catch basins. He recommended approval of the 
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! "A" approved by the Commission on April 4, 1938, includes two 50 ft. 
' | Fi wide streets between Court and Chemeketa Streets and certain side-+ 

- 

: 

k 


gt walks, curbs, grading and so forth; and 


We WHEREAS, the State Capitol Reconstruction Commission has 
as requested an opinion from the Attorney General, on the law govern- 
ing the method to be employed by the Capitol Commission in trans- 


ey 
34 ferring title and dedicating that portion of land adjacent to Court 
nt Street, essential to the proposed widening of Court Street; and 
a 

a WHEREAS, the State Capitol Reconstruction Commission 
+ adopts all of the conditians contained in a letter from the W. H. 
Abe Lynch, District Engineer, from which letter the following paragraph 
bu is quoted: 


a "Providing the State will dedicate as a city street 

© Bi the areas outside the limits of Court Street (shown on 

Si the map in orange), an? providing all-day parking is also 
im prohibited in these areas, then the improvement is eligible 
for Federal varticipation. This, of course, is predicated 
on the assumption that their improvement is necessary to 
relieve congestion on Court Street." 


WHEREAS, the Highway Commission hes estimated the cost of 
this work at Fourteen thousand seven hundred (£14,'700.00) Dollars. 


NOW, THEREFORE, BE IT RESOLVED, the State Capitol Recon—. 
struction Commission does, hereby, appropriate and budget the sum 
of Fifteen thousend ($15,000.00) Dollars for the above described 
work, and does hereby, request the State Highway Commission's co- 
operation when they invite bids on the work they have undertaken 
in widening Court Street to the end that the bids on the Summer 
Street project can be combined with the Court Street project in 
order to secure the lowest possible bids. 


He said that the State Capitol Reconstruction Commission has appropriated 
$15,000 of its funds to finance this work, 


Fr The State Highway Engineer advised that he has not as yet had an op- 
Sut portunity to study the estimate of the project and requested an opportunity 
: to do so before the Highway Commission makes any commitments in regard thereto. 


Dr. Dalton then presented a map disclosing the plan of the Capitol 
Reconstruction Commission with respect to such improvement and »ointed out 
mS that it would require the widening of Court Street between Capitol Street and 
B Winter Street, the vacation of Summer Street from Gourt Street to Chemeketa 
Street, and the dedication of two streets 50 feet wide to take the place of 
Summer Street between Court and Chemeketa Streets. 

The Fngineer advised that the Highway Commission has budgeted 
$25,000 of federal aid funds to finance the improvement of Court Street between 
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engegements would not permit them to be present at such meeting. The Com 
mission delegated Mr. R. H. Baldock, State Highway Engineer, and Mr. Cc. B. 
McCullough, Assistant State Highway Engineer, as its representatives. 


The Secretary resented a letter from Mr. F. D. Mayer, City Attor- 
ney, Lebanon, Oregon, inquiring whether or not the Highway Commission has 
rules and regulations which would prevent the city from granting a permit au- 
thoriging a sign to be erected over the Santiam Highway within the city lim- 
its of Labanon. He was instructed to inform Mr. Mayer that there is a ques- 
tion as to the authority of the Commission to control overhead signs on high- 
way rights of way within the corporate limits of cities and towns and in view 
thereof the Commission hesitates to pass on the matter; although, if there 
were no question as to the Commission's authority, the Commission would deny 
the request the same as if the sign were to be erected over the highway out- 
side of the city. He was also instructed to advise Mr. Mayer that the Com- 
mission feels that the party granting the permit for such sign. would be lia- 
ble for damages in the event the sign fell, causing injury to persons or dam- 
age to property, and if the City of Lebanon grants the permit in the present 
instance it would have to assume such responsibility and liability. 


. A letter was presented from Coos River Grange No. 701, Marshfield, 
requesting the oiling of the Coos River Secondary Highway from Eastside to 
the Enegren Ferry, a distance of 4.64 miles. The Engineer advised that this 
road carries from 250 to 300 cars daily, and that a new rock surface woulc 
have to be constructed before it could be oiled with any degree of success. 
He added that the only type of oiling that could be done on the road without 
constructing a new rock surface is a dust palliative costing approximately 
$600 per mile, which would have to be repeated each year. The Commission 
considered that its first obligation on secondary highway improvements in 
Coos County is to complete the Cape Arago Secondary Highway to Charleston, 
which would preclude the oiling of the Coos River Secondary Highway because 
there is insufficient money to finance both jobs. The Secretary was instruct- 
ed to so inform the Grange. 


The Commission considered and denied the request of the Columbia 
County Court for a modification of the penalty imposed by the Coumission on 
log haulers who have been arrested for transporting over state highways loads 
weighing in excess of the statutory weight limits and the tolerance heretofore 
authorized by the Commission. The Secretary was instructed to inform the 
Court that the Highway Commission is not responsible for the enactment of laws 
of this state, such function resting with the state legislature, and thet the 
1500-pound tolerance authorized by the Commission was simply ordered so as to 
give the operators a little leeway, which ap»xeared necessary on account of the 
difference in weight of logs of the same size. Further, that the penalty im 
posed on log haulers for overloading their equipment was ordered simply to 
protect the road surface, experience having shown that other means of regulat- 
ing loads are ineffective. 


The Commission considered and ordered filed a copy of a letter from 
The Metropolitan Association, Inc., Portland, to its members, relative to the 
ture of state highway funds in Multnomah County and the city of Port- 

land, said letter being dated March 30, 1938. 
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project and that it be financed with emergency funds. The Commission approved 
the recommendation by unanimous vote. 


A letter was presented from Tillamook County Court urging the recon- 
struction of a bridge on the Oregon Coast Highwey at the East Beaver cheese 
factory (Mile Post 89.53) between Hemlock and Beaver. They allege that the 
bridge is extremely narrow and in its present condition creates a major traf- 
fic hazard, and urged the improvement from the safety standpoint. The Engi- 
neer advised that there is no question as to the need to provide a better 
bridge at this location but there are many places throughout the state where 
worse conditions exist and the question is which one should be given first 
consideration. He pointed out that the bridge under discussion is not in a 
permanent location but is located on a section of the highway thet eventually 
will be realigned; but this cannot be undertaken now because of the cost in- 
volved. In view of the Engineer's report the Commission voted unanimously to 
deny the request for the time being. The Secretary was instructed to inform 
the county court that the Commission regrets it does not have requisite funds 
to do the project now, but will bear it in mind for future consideration when 
its finances improve. The Engineer was authorized to make a location survey 
of the project at his convenience. 


A petition signed by 49 property owners residing along the Wheatlend- 
Bellevue Market Road between Howard Stephen's corner and Briedwell Station, in 
Yamhill County, in which the Commission is urged to make provision for the oil- 
ing of this section this year so as to elleviate the dust nuisance caused by 
traffic, was presented. The petition was accompanied by a statement signed by 
a committee of six members who discussed this matter with the State Highway 
Engineer in his office on April 6, in which numerous arguments were made in 
support of the petition. The Secretary was instructed by the Commission to 
inform the committee that the status of the Commission's finances will not 
permit it to undertake this project this year and that the funds now available 
to the Commission are obligated up to the limit, but the Commission will be 
glad to keep this project in mind for consideration when it has funds avail- 
able to apply on a project of this kind. 


A letter was »resented from C. H. Purcell, California State Highway 
Engineer, advising that the plan proposed by the Oregon State Highway Commis~ 
sion for a connection of the Oregon and California Sections of the Pacific 
Highway at the state line meets with his approval and advising further that 
this connection will be recommended to the California Highway Commission far 
a commitment of funds to be expended for construction during the coming bien- 
nium (July 1, 1939, to June 30, 1941), The Commission authorized and instruct- 
ed the Engineer to have this matter covered by appropriate agreement between 
the two commissions. 


A. letter was presented from Mr. Ed W. Miller, General Manager of 
the Oregon Coast Highway Association, inviting the members of the State High- 
way Commission and the Commission's staff to attend the semi-annual meeting 
of the Oregon Coast Highway Association, which is to be held in Reedsport on 
Arpil 24 and 25, 1938, particularly the semi-annual banquet on Monday evening, 
April 25. The members of the Commission expressed regrets that other 
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time within which to meet this obligation. He requested instructions. After 
discussion the Commission voted unanimously to extend for 30 days the time 
for the payment of the March 1 remittance, with the understanding that the 
granting of this extension shall not operate or be construed as a waiver by 
the State Highway Commission in the making of future payments in accordance 
with the agreement nor shall it operate as a waiver of any rights of any na- 
ture whatsoever in connection with future defaults by Mr. Maxwell. 


The Attorney reported the results of negotiations for right of way 
for the Salem-Dayton Secondery Highway across the property of Mes. Lorah 0. 
Spaulding, being right of way No. R-3974. He said that the Commission is tak- 
ing 6.85 acres of land from Mrs. Spaulding, on which he places 4 value of 
$2,500, but Mrs, Spaulding is demanding $3,500 for the same, although there 
is a possibility that shy will reduce her price to $3,000 if the Highway Com-- 
mission will construct a roadway from her ranch home to the new highway. The 
Commission considered the price exorbitant and instructed the Attorney to ne- 
gotiate further with Mrs. Spaulding, and, if he cannot secure a satisfactory 
settlement, to acquire the property by condemation. 


The Commission discussed with the State Highway Engineer, the Land- 
scape Engineer, and the Attorney matters pertaining to the acquisition of 
right of way for the proposed traffic separation structure at the intersection 
of Denver and Union Avenues, Portland, involving rearrangement of the golf 

facilities of the Peninsula Golf Course. The Attorney estimated the right of 
way alone would cost about $20,000 and that it would cost about $10,000 
additional to rearrange the golf course, and $10,000 more to move the golf 
clubbouse, or a total of approximately (40,000. In the discussion of this 
matter it was pointed out that no particular consideration has been given to 
the acquisition of two or three additional parcels of land which may be of vi- 
tal importance in the event that the Coumission approves construction of the 
proposed project. Accordingly, the Commission deferred action on the matter 
until the next meeting on April 28. ‘fhe Attorney was instructed to render a 
complete report at that time on the cost to ourchase right of way, including 
the two or three extra parcels not heretofore considered, and to rearrange 

the golf course facilities. 


The Engineer submitted a report prevared by the Attorney on the cost 
to acquire right of way for 4 revision of the Oregon Coast Highway through the 
town of Bandon, in Coos County. He estimate i that such right of way 100 feet 
in width would cost about $31,500, and the% right of way 130 feet wide, which 
would be in accordance with the boulevard plan of the State Planning Board, 
would cost $44,075. The Attorney explained that such estimates cover 4 sec~ 
tion about 2 miles long through this tom. The Engineer questioned the neces~ 
sity of acquiring more right of way than is actually needed for the first proj- 
ect that the Commission proposes to construct and accordingly recommended that 
the purchase be limited to the right of way required between highway engineer's 
stations 31+00 and 65+00. He further recommended that the width of the right 
of way be limited to 80 feet along this section and that the city of Bandon be 
requested to establish a 20-foot setback line on each side of the street be- 
yond the limits of the proposed construction where a 60-foot right of way now 
obtains. The Commission approved the recommendation unanimously and instructed 
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The Commission also considered and denied a request from Mr. S. M. 
Abstem, Hood River, for the widening of certain places along the Columbia Riv- 
er Highway to facilitate the loading and unloading of school buses, there be- 
ing no funds available to finance such work at the present time. 


The Engineer reported an inquiry from Mr. D. A. Morand, Portland, 
as to whether or not the State Highway Commission will grant him permission 
to remove a portion of the handrail on the west side of the Union Avenue via- 
duct, Portland, for a distance of about 50 feet south of Stephens Street so 
as to permit construction of a driveway and an approach to the highway from 
property which he proposes to purchase at such location. The Attorney ad- 
vised that the property in which Mr. Morand is interested is described as Lot 
7 of Block 45, Stephens Addition to Portland, and that on June 22, 1937, an 
agreement was made providing for payment to the owner of the same an amount 
of $5,300 for damages to the property by reason of the change in grade of the 
street, necessitated by the highway improvement, but such agreement does not 
contain any clause as to future restrictions of access thereto. Bridge Fngi- 
neer G. S. Paxson advised that the highway at the point under discussion con- 
sists of an vwarth and gravel fill and a concrete pavement between retaining 
walls, and that the retaining walls were designed to permit trucks to pass 
over them at any point; so, from that standpoint, it would be all right to 
let Mr. Morand cut through the handreil and construct any driveway that he 
wishes. He further advised that the roadway in front of the property is 62 
feet wide and provides a parking lane on each side of a four-lane highway. 

He gave as his thought, in view of the circumstances, that the Commission 
could not refuse access to the abutting property at this location any more 
than. it could prevent anyone from constructing an entrance to the highway at 
any other point on Union Avenue. After further discussion and in view of the 
reports of the Attorney and the Bridge Engineer, the Commission authorized 
the granting of a permit to Mr. Morand to remove a section of the handrail as 
he requests, providing there are no legal barriers to the same. The matter 
was referred to the Engineer to inform Mr. Morand. 


A letter was presented from Mr. J. Wi. Jackson, State Forester, re- 
questing permission to construct on the right of way of the Wilson River High- 
way a permanent guard cabin unit, consisting of a three-room guard cabin, 
three-car garage and tool house, woodshed, sewage disposal system, water sys- 
tem and facilities, outdoor fireplaces, et cetera, for the accommodation and 
concentration of campers; the adjacent area to be landscaped. The matter was 
referred to the State Parks Superintendent for investigation and recommenda- 
tion. 


A letter was presented from T. R. Maxwell, Enterprise, Oregon, re- 
questing a 30-day extension of time within which to pay the current install- 
ment of $150 on his obligation to the state for the purchase of a state-owned 
building in Enterprise. The Attorney edvised that this building was 
sold to Mr. Maxwell for $1,800 and that he paid $200 as the initial payment 
and, according to agreement, was to pay $150 each quarter thereafter, begin- 
ning December 1, 1937. He further advised that the December 1 payment was 
promptly remitted but Mr. Maxwell failed to make the March 1 payment because 
he alleges that he is short of ready funds and accordingly has asked adc itional 
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National Parks Service relative to the possibilities of acquiring lands of a 
sub-marginal character for purchase under Title III of the Bankhead-Jones Farm 
Tenant Act, *he Commission having in mind no tracts that would qualify under 
the provisions of such act. 


The Engineer reported on the cost of right of way for the alternate 
route of the Pacific Highway West through the town of Tigard, Washington Coun- 
ty. He estimated the cost of the right of way on the northwest line at 
$150,000; that on the center line at $112,000; and that on the southeast line 
at $66,000, and advised that there is very little difference in the estimated 
cost to construct each route. After discussion, the Commission ordered that 
12-months' options be secured for the right of way on the northwest line and 
on the southeast line for consideration by the Commission at its next meeting 
or as soon thereafter as is possible, when the Commission proposes to adopt 
a route for this revision. 


The Assistant Attorney reported that he has again contacted the 
city officials of Portland in regard to the acquisition of a small parcel of 
land that is needed for right of way for the Lombard-Killingsworth Section of 
the Northeast Portland Secondary Highway (Right of Way File No. R-5403), but 
these officials have indicated an unwillingness to reduce the price any lower 
than $130, which is $54 more than the value that the Highway Department's 
right of way men place on the property and is at a rate that is considerably 
more than the Commission is paying for other land in the same locality; so it 
appears necessary to condemn the property in the event the Commission will 
not pay the amount demanded. The Commission considered the city's price ex- 
orbitant and that it should not pay the city any more than it pays the other 
property owners, but expressed a reluctance to take the matter into court. 
Accordingly, it was decided that Chairman Cabell and the Attorney, Mr. Devers, 
should personally contact the city officials in regard thereto. 


The Attorney reported receipt of numerous inquiries as to the Com- 
mission's plans for constructing the proposed revision of the Oregon Coast 
Highway in the vicinity of Gleneden Beach. He said that the people are par- 
ticularly anxious to mow whether or not the Commission intends to acquire 
the right of way for this proposed revision now even if the project is not 
constructed within the next two or three years. He was instructed to inform 
these people that the Commission does not intend to purchase any more right 
of way for the project until it is actually needed for construction, unless 
exceptionally good offers are presented. 


The Secretary presented a letter from Robert W. Sawyer, Bend, with 
further reference to the naming of a state park in Oregon for David Douglas. 
Mr. Sawyer gave as his opinion that it would be unwise to have two parks in 
Oregon named for the same man and advised that, if the Clatsop County park on 
the Wolf Creek Highway is of sufficient importance to be named in honor of 
this great explorer and botanist, it might cover the matter satisfactorily; 
but on the other hand it would probably be more appropriate if the park named 
for Mr. Douglas contained sugar pine timber as well as Douglas fir timber, if 
that is possible, and if it were located in the district through which Mr. 
Douglas traveled. It was also his thought that any park that is named for 


APR14 1938 


oat: 


oa 


the Attorney to render an amended report on such basis for consideration by 
the Commission at its next meeting. 


The Attorney breught up for discussion the matter of renewing the 
lease of E. N. Boylen, Pendleton, who han occupied state-owned property known 
as "Sunset Inn" adjacent to the Old Oregon Trail, in Umatilla County, since 
July 1, 1932, under agreement with the Commission whereby he was supposed to 
pay to the Commission $250 for the full term of the lease, which ran for a 
period of 5 years and terminated on July 1, 1937. He further advised that 
Mr. Boylen has paid a total of $225 but has consistently neglected and re- 
fused to pay the balance due although it has been called to ‘iis attention 4 
number of times, and as the matter now stands Mr. Boylen owes the state $25 
on the original rental agreement and an additional $50 for the period from 
July 1, 1937, to July 1, 1938, if he is permitted to occupy the premises un- 
til that time. He requested instructions as to how *o proceed against Mr. 
Boylen under the circumstances and advised that it is the recommendation cf 
Division Engineer Williams that the agreement ve not renewed and that Mr. 
Boylen be ordered off the property. After some discussion the Commission 
voted unanimously to evict Mr. Boylen from the premises, it appearing from 
reports that he is an undesirable tenant. 


The matter of the sale of Building No. 4589 on property heretofore 
purchased from John G. Maycock for right of way for the East Portland-Hubbard 
Highway had the attention of the Commission, being property described as Lots 
21 and 22 of Block 14, Pasadena Subdivision, Portland. The Attorney reported 
receipt of an offer from the National Properties, Inc., Portland, to pay $50 
for this building. He recalled thut the building was advertised for sale on 
March 24, 1938, and the only bid received for the same was in the amount of 
$3.00, which was rejected. He recommended sale of the building to National 
Properties, Inc., for the amount of their offer. The Commission a,proved the 
sale by unanimous vote. 


Reconsideretion was given by the Commission to the matter of remov- 
ing advertising signs on the Columbia River Highway right of way through the 
Parkrose District east of Portland. The Attorney advised that according to 
information received from Division Buigineer E. A. Collier there are numerous 
signs that encroach upon the highway right of way at this locality but all of 
them are back of the concrete curbs and back of the power and telephone poles 
except the sign that is being maintained by a man by the name of Herron, 
which extends farther out into the highway and which Mr. Herron refuses to re- 
move, as previously ordered by the Commission. He also advised that it is Mr. 
Collier's opinion that sractically all of these people will remove their signs 
without argument as soon as they are requested to do so if the Commission is 
successful in its attemptsto get Mr. Herron's sign off the highway. The At- 
torney said that he expects to confer with Mr. Herron's attorney shortly and 
hopes to be able to secure the removal of this particular sign without much 
trouble,in the near future. In view of the Attorney's report, the Commission 
decided not to take any action against the other parties until the Herron mat- 
ter has been disyosed of. 


The Commission considered and ordered filed a letter from the 
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Oregon generally that the said Bonneville Dam be constructed and 
that the easement to overflow said portion of seid lands be con~ 
veyed to the United States of America for the purposes herein stat- 
ed; and 


WHEREAS, under the provisions of Section 44-118, Oregon 
Code 1930, the State Highway Coumission is granted power and au- 
thority to dispose of lands, ground, or property acquired by the 
State Highway Commission which are no longer needed or useful for 
highway or other purposes; and 


WHEREAS, the right and easement required by the United 
States to overflow said portion of land hereinabove described will 
not interfere with the use by the State of Oregon of said land for 
highway purposes and said portion of seid premises is not needed 
or useful for park or other purposes. The said easement to over- 
flow can be conveyed to the United States of America without de- 
tracting from the natural beauty, utility or general value and 
usefulness of the balance of land which will not be subject to 
the right and easement to overflow. 


NOW, THEREFORE, BE IT RESOLVED by the State Highway Com- 
mission, all members being present and participating, that the 
easement to overflow said portion of land hereinabove described, 
be and the same hereby is declared to be no longer needed or use- 
ful for highway, park, or other purposes. 


BE IT FURTHER RESOLVED that the State of Oregon, by the 
State Highway Commission, join with Wasco County in conveying the 
said right and easement to overflow said portion of land to the 
United States of America, by good and sufficient flowage easement, 
and for and in consideration of the sum of One Hundred and 00/100 
Dollars ($100.00), which said sum will be the total consideration 
paid by the United States of America to the State of Oregon and 
Wasco County. 


WHEREAS, the State of Oregon is the owner of three par- 
cels of land, each situate in the County of Hood River, State of 
Oregon, more particularly hereinafter described, which property 
heretofore has been acquired for highway and public park purposes; 
and 


WHEREAS, the United States of America will require for, 
and there is necessary for use in connection with, the construc- 
tion, operation and maintenance of the Bonneville Dam across the 
Columbia River, the full and perpetual right, power, privilege and 
easement to overflow those particular respective portions of the 
following described lands situate in the County of Hood River (for- 
merly and until June 23, 1908 @ portion of Wasco County), State of 
Oregon: 
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Mr. Douglas should be a state-owned park rather than one owned by the county. 
The Commission referred the matter to the Parks Superintendent, Mr. S. i. 
Boardman, with instructions to discuss it in person with Mr. Sawyer. 


The Commission had under consideration the matter of granting to 
the United States of America flowage easements autuorizing the flooding of 
stats-owned property adjacent to the Columbia River Highway in connection 
with Bonneville Dam operations, particularly over three parcels of state land 
in Hood River County and one parcel of land in Wasco County. In this connec- 
tion the Secretary presented a letter from the United States War department 
by Don E. Meldrum, Senior Land Appraiser, offering $100 for such an easement 
over the Wasco County property, containing 4.21 acres, and being a part of 
Mayer State Park, and $300 for an easement to overflow the three parcels of 
state land in Hood River County, containing 26.27 acres, 3.69 acres, and 1.33 
acres, respectively, and further offering to pay to the state the sum of 
$12,202.46 as consideration for the alteration and recenstruction of a sec- 
tion of the Columbia River Highwey in the vicinity of Perham Creek, which 
will also be inundated by the backwater from this dam. After full considera- 
tion of the facts in the case and upon recommendation of the Engineer, the 
Commission unanimously approved the granting of such easements and thereupon 
signed the easements that were presented. The following resolutions pertain- 
ing thereto were offered by Commissioner Aldrich, who moved their adoption. 
The motion was duly seconded by Commissioner Tou Velle and was declared by 
Chairman Cabell to have carried by the unanimous vote of the Commission: 


WHEREAS, the State of Oregon and Wasco County, & munici- 
pal corporation of the State of Oregon, are the owners of a parcel 
of land situate in the County of Wasco, State of Oregon, described 
as: 


The Northeast quarter of the Southeast quarter of Sec- 
tion 3, Township 2 North, Range 12 East of the Willamette Meridi- 
an, Wasco Coun ‘y, Oregon, 


which property heretofore has been acquired for highway and public 
park purposes; and 


WHEREAS, the United States of America will require for, 
and there is necessary for use in connection with, the construction, 
operation and maintenance of the Bonneville Dam across the Columbia 
River, the full and perpetuaj right, power, privilege and easement 
to overflow all that portion of the above described lands lying be- 
low the 97.5-foot contour line above mean se& level, as determined 
by reference to the U. S. C. & G. S. datum. 


The portion of said lands which will be subject to the 
easement to overflow contains approximately 4.21 acres, more or 
less; and 


WHEREAS, it is and will be of inestimable value to the 
State of Oregon, Wasco County, and to the people of the State of 
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determined by reference to the U. S. C. &G. S. datum, 
containing 1.33 acres, more or less, which lands are de- 
scribed as follows, to wit: 


Government Lot 4, Section 3, Township 2 North 
of Range 9 East of the Willamette Meridian, 
Hood River County, Oregon; 


Excepting thcrefrom: 


Right of way existing in favor of Oregon-Washington 
Railroad & Navigation Co., and a right of way for a 
public road and highway over and across the proper- 
ty next hereinabove described. 


WHEREAS, it is and will be of inestimable value to the 
State «f Oregon and to the people of the State of Oregon generally 
that the said Bonneville Dam be constructed and that the easement 
to overflow said portions of said lands be conveyed to the United 
States of America for the purposes herein stated; and 


WHEREAS, under the provisions of Section 44-118, Oregon 
Code 1930, the State Highway Commission is granted power and au- 
thority to dispose of lands, ground, or property acquired by the 
State Highway Commission which are no longer needed or useful for 
highway or other purposes; and 


* WHEREAS, the granting of the right to overflow that por- 
tion of the lands designated hereinabove as Parcel No. 1, will ne- 
cessitate the raising of a section of the existing Columbie River 
Highway over and across & portion of said Parcel No. 1, the esti- 
mated cost of which has been agreed upon as the sum of $12,202.46, 
which said sum will be paid by the United States of America to the 
State of Oregon as an item separate and distinct from the consid- 
eration passing to the State of Oregon for the purchase of the 
flowage easement herein mentioned; and 


WHEREAS, the right and easement required by the United 
States of america to overflow said portion of said Parcel No. 1 
will not interfere with the use by the State of Oregon of said 
Parcel No. 1 for highway purposes when the said section of the 
Columbia River Highway is raised as herein mentioned, over and 
upon said portion of said Parcel No. 1. Said Parcels No. 2 and 
No. 3, hereinabove described, are not needed or useful for high- 
way, park, or other purposes. The said easements té overflow can 
be granted to the United States of America without detracting from 
the natural beauty, utility, or general value and usefulness of 
the balance of the lends which will not be subject to the rights 
and easements to overflow. 


NOW THEREFORE, BE IT RESOLVED by the State Highway 
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= All that portion of the following described lands 
a | lying below the 95.0-foot contour line above mean sea level, 
Bt as determined by reference to the U. S. C. & G. S. datum, con~ 
taining 26.27 acres, more or less, which lands are described 
as follows, to wit: 


_— Government Lots 1, 2, 3 and 4 in Section 36, Town- 


| a ship 3 North, Range 9 Bast of the Willamette Merid- 


He ian, in Hood River County, Oregon; 
Excepting therefrom: 


a. All rights of way of the Oregon-Washington Rail- 
road & Navigation Company over and across the above 
described lands; 


b. An easement and right of way for a public road 
and highway over and across each of the said Lots 
1, 2, 3 and 4 hereinabove described; 


¢- An easement and right of way existing in favor 

of Pacific Telephone and Telegraph Company, to erect 
and maintain poles for telephone purposes, with the 
necessary wires and fixtures thereon, over and across 
that portion of each of said Lots 1, 2, 3 and 4 lying 
between the Columbia River Highway and the right of 
way of the Oregon-Washington Railroad & Navigation Co., 
which said lots are hereinabove described. 


e 2 

All that portion of the following described lands ly- 
ing below the 93.8-foot contour line above mean sea level, as 
determined by reference to the U. &. C. &G. S. datum, contain- 
ing 3.69 acres, more or less, which lands are described as 


follows, to wit: 


Government Lots 1 and 2, Section 33, Township 3 North 
of Range $8 East of the Willamette Meridian, Hood River 


County, Oregon; 


Excepting therefrom: 


a Ret . 


Rights of way existing in favor of Oregon-Washington 
Railroad & Navigation Co., the Pacific Telephone and 
Telegraph Company, and right of way for a public road 
and highway in, over and across the next hereinabove 


described property. 


Parcel No. 3 
All that portion of the following described lands ly- 


ing below the 94.6-foot contour line above mean sea level, as 
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performed by the War Department, and to pay for the cost of constructing & 
pavement roadway on the fill. He estimated that by such arrangement the 
state will save approximately $5,000 over the cost of constructing @ new con- 
crete bridge at this location, as was heretofore proposed. After some dis- 
cussion the Commission approved by unanimous vote the arrangement as outlined 
by the Engineer and instructed the Attorney to prepare an appropriate agree- 
ment to cover the matter. 


The Engineer requested authority to purchase the following equip- 
ment: ; 
1 gasoline-driven, 250-watt, 12-volt generator for use at Government 
Camp headquarters to charge radio batteries and batteries of 
trucks and cars operated out of this station, estimated cost $50.25; 


2 pavement breakers at $200 each, total cost $400.00; 


6 vibrating bells for use on certain highway bridges, estimated cost 
$18.50 each, total cost $111.00; 


1 tube tester, estimated cost $51.33; and 1 modulation monitor, esti- 
mated cost $24.83, for checking radio transmitter operations. 


; The Commission approved the request by unanimous vote and 
ordered that the purchases be made through the State Purchasing Agent in ac- 
cordance with the usual practice. 


The Commission had under consideration the offer of the Manufactur- 
ers Sales Company of Seattle to furnish to the state for a 90-day free trial 
a traffic-actuated signal manufactured by the Automatic Traffic Control Cor- 
poration and consisting of the following: 


1 traffigo, valuedat. + + + * * * ° $475.00 
1 relay and switch box, valued at . a ae + 15.00 
2 3-foot magnetic detectors, valued at » »«  « 200.00 
4 pedestrian buttons, valuedat . ~ «+  « 60.00 
1 relay, valued at ee ee a ee oe Sn. eee -00 

Total Val 25.00 


installing the signals. He estimated the installation cost at $500 and the 
cost of signal heads and pedestals at $525, or a total of $1,025 to be paid 
by the state, and explained that this expense would not all be lost because 
the signal heads and pedestals could be used elsewhere in the event the Com- 
mission decided not to retain the signals after the trial period has expired. 
He recommended acceptance of the company's offer. The Commission approved 
the recommendation by unanimous vote. 


The Commission had under consideration a letter from F. N. Finch, 
General Manager, Oregon-Washington Railway and Navigation Company and the 
Union Pacific Company, outlining @ procedure with respect to the scaling of 
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Commission, all members being present and participating, that the 
easements to overflow said portions of the lands hereinabéve de- 
scribed be and the same cre declared to be no longer needed or use- 
ful for highway, park or other purposes; 


| BE IT FURTHER RESOLVED that the said rights and easements 


| a to overflow said portions of lands 


, and each of sakd portions, be 


a conveyed to the United States of America and its assigns by good and 


sufficient conveyance, in the name 


of the State of Oregon, by the 


> State Highway Commission, for and in consideration of the eum of 


ETO S 


} property adjacent to the Columbia River 


Three Hundred and 00/100 Dollars ($300.00), and in further consider- 
ation of the sum of Twelve Thousend Two Hundred Two and 46/100 Dol- 
lars ($12,202.46), to be paid by the United States of America to 
the State of Oregon, for the alteration and reconstruction of sald 
section of the Columbia River Highway over erd across & portion of 
2. Parcel No. 1 of the lands hereinabove described. 


Action on the granting of a similer flowage easement across state 


Highway in the vicinity of Warren 


af Creek and providing that consideration be paid by the Government for the al- 
ee teration and reconstruetion of a section of the Columbie River Highway at 
, such location (which also will be inundated by backwaters from the Bonne~ 


ville Dam) was deferred by the Commission pending satisfactory settlement of 


oe right of way and other matters pertaining thereto. 


al In this connection the Engineer advised that he has been requested 


ft by Major A. E. McKennett, Principal Eng 
. ment, to sign an"Engineer'’s Estimate of 
Taye tion the section of the Columbia River 
induced by the Bonneville project". He 


the state in accordance with the provis 
above approved. The Commission authori 


» The Engineer reported on his 


ineer of the United States War Depart- 
cost to reconstruct to higher vleva- 
Highway 1,170 feet in length at Perhan 


na Creek, Hood River County, State of Oregon, overflowed by the high-water level 


explained that the amount of the es- 


dons of the flowage easement herein- 
zed the Engineer to sign such estimate. 


Mery 
im timate in $12,202.46, which amount the Wer Department has agreed to pay to 
4 


inspection with Mejor A. E. MeKennett, 


ae of the U. : ..d States War Department, of the Mill Creek Bridge on the Columbia 
‘ River Highway at The Dalles, which inspection the Commission ordered at the 


previous meeting as & result of a confe 


rence with Major McKennett. He said 


* that the War Department desires to replace this bridge with « fill and tide- 


1) gate so as to prevent the flooding of lands above the bridge, and that he has 
tentatively agreed with Mejor McKennett to the dispositica of this matter on 
the following basis, subject to the Gommiession's approval: the United States 
War Department is to construct ae fili which will be 46 feet wide on top, at 
' an estimated cost of $2,'750; that the War Depertment wi2l riprap the slope 
on the upper side of this fill and will construct a one-inch gravel surface 
on top of the fill, estimated to cost $300; furthermore, the War Department 


2 able culvert. The state's cooperation, 


4 will remove the old bridge structure and will install in lieu thereof a suit- 


he said, whl] consist of the follow- 


> ing: contribution of $1,400 cash as cooperation ig the work that is to be 
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HOOD RIVER SECONDARY HIGHWAY from its junction with the 
Mt. Hood Highway northerly to Tucker's Bridge; 


KLAMATH FALLS-LAKEVIEW HIGHWAY from its junction with 
The Dalles-—California Highway to a point 25 miles easter- 
ly thereof. 


The Engineer advised that these roads have become sufficiently dried out so 
that the reduced load limits are no longer required. He recommended lifting 
of the same. The Commission approved the recommendation and by unanimous 
vote adopted the following resolution in regard thereto: 


WHEREAS, on the sixteenth day of February, 1938, at a meet- 
ing of the Oregon State Highway Commission, all members being pres- ‘ 
ent and participating, the Commission passed and adopted resolutions 
reducing the maximum load limit on the following state highways: 


SHERMAN HIGHWAY from its junction with the Columbia River 
Highway, in Sherman County, to its junction with The Dalles- 
California Highway, in Wasco County; 


MT. HOOD HIGHWAY from Cooper's Spur to its junction with 
the Columbia River Highway, in Hood River County; 


HOOD RIVER SECONDARY HIGHWAY from its junction with the Mt. 
Hood Highway northerly to Tucker's Bridge, in Hood River 
County ; 


KLAMATH FALLS-LAKEVIEW HIGHWAY from its junction with The 
Dalles-California Highway near Klamath Falls, in Klamath 
County, to Lakeview, in Lake County}; 


and 


WHEREAS, subsequent to the passage of said resolutions con- 
ditions have changed so that it is now no longer necessary or desir- 
able, and the Commission hereby finds that it is no longer necessary 
or desirable to maintain the said reduced load limits set out in said 
resolutions in so far as they pertain to the Sherman Highway, Mt. 

Hood Highway, the Hood River Secondary Highway, and the Klamath Falls- 
Lakeview Highway from its junction with The Dalles-California Highway 
near Klamath Falls to a point 25 miles easterly thereof, in Klamath 
County ; 


NOW, THEREFORE, BE IT RESOLVED that the action of the State 
Highway Commission reducing the maximum 2ermissible load limits on 
the 
SHERMAN HIGHWAY from its junction with the Columbia River ‘a 


Highway, in Sherman County, to its junction with The Dalles- 
California Highway, in Wasco County; 
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rocks from the slopes adjacent to the Columbia River Highway, near Mosier, in 
Hood River County, which séid letter is dated April 5, 1938, and outlines cer- 
tain things to be done by the railroad company and certain things to be done 
by the state in connection with such work, and further vcrovides that e pre- 
mium of $1,000 charged by the insurance company for writing insurance cover- 
ing the operations shall be paid for, 50 per cent by the railroad company and 
50 per cent by the state. The Commission by unanimous vote approved such ar- 
rangement subject to the condition that the expense of rerouting or detouring 
trains as may be necessary on account of such work shall be assumed by the 
Highway Commission "but to the extent only thet the Commission may do so of- 
ficially but not privately". The Commission thereupon authorized Chairman 
Cabell to sign the letter in behalf of the Commission. 


The Commission had under consideration the matter of constructing a 
light oil mat surface on the unoiled sections of the Albany-Corvallis Second- 
ary Highway, in Linn County. The Engineer advised that such oiling work is 
badly needed and that the work would cost about $5,200. He recommended ap- 
proval of the project as a minor betterment works project and that the cost 
thereof be charged against the emergency fund in view of the fact that no pro- 
vision has been made in the budget this year for such work. The Commission 
by unanimous vote approved the project as recommended . 


The Engineer reported that the United States Biological Bureau has 
secured the approval of a 7-mile section of the Frenchglen Secondary Highway, 
in Harney County, and more particularly designated as the Narrows-Coyote Flat 
Section, and that they propose to start work in the very near future, using & 
power shovel, several LeTourneaus, carryells, rippers, and other necessary 
equipment. They want to do this work, he said, in conformance with state 
highway requirements and have asked the State Highway Department to do the 
necessary engineering work. He estimated that such engineering work would 
cost about $100 per mile or a total of about $732, and recommended the expen- 
citure in view of the fact that the work is being done on a state highway at 
be cost to the state except for furnishing culvert pive and some blasting 
powder. The Commission approved the recommendation by unanimous vote. 


The Engineer reported that in conformance with authority previously 
given him by the Commission he awarded, on April 6, 1938, to R.I.Stuart & Sons, 
Medford, the cmtract for furnishing crushed rock in stock piles for the Bandon- 
Port Orford Section of the Oregon Coast Highway, in Coos and Curry Counties, 
the bid of this contractor in the amount of $22,550.00 being the low bid re- 
ceived by the Commission on March 24, 1938, for such work. The Commission by 
unanimous vote approved the award of this contract as reported. 


Consideration was given by the Commission to the matter of lifting 
the reduced load limits heretofore in effect on the following highways: 


SHERMAN HIGHWAY, from its junction with the Columbia River 
Highway to its junction with The Dalles-California Highway; 


MT. HOOD HIGHWAY, from Cooper's Spur to its junction with the 
Columbia River Highway; 
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once each year to test the individual operators. He estimated the cost of 
making the tests at about $500 annually. After some discussion the Commis- 
sion concurred in the viewpoint of the Engineer in this matter and according- 
ly authorized the purchase of the machine, as requested. The Commission re- 
ferred to the Engineer the matter of arranging for the tests. 


The Commission had under consideration the matter of accepting 4 
draft in the amount of $1,001.39 from the Globe Indemnity Company as final 
settlement in the Moorman forgery case, and the signing of the form of re- 
lease which the company has requested in connection therewith. The Attorney 
advised that the amount of the draft is correct but there is a question in 
hic mind whether or not the Commission suould sign the release form, in view 
of the fact that it assigns to the company the right to oress claims for re- 
covery against any person whom they may find to be legaliy liable, such as 
any person or bank having cashed one of the checks issued on account of time 
statements which Moorman forged. He further stated that inspection of the 
bond that was furnished by the company covering Mr, Moorman and others re- 
veals that no provision was contained therein making it obligatory for the 
Commission to execute such a release or assignment as the company now re~ 
quests. After discussion and in view of the facts as presented by the Attor- 
ney, the Commission decided not to sign the release in its present form and 
instructed the Attorney to so inform Mr. Harry L. Raffety, attorney for the 
Globe Indemnity Company. 


The Commission considered and signed an agreement with Tillamook 
County and the Dougherty Slough Drainage District, Tillamook County, provid- 
ing for payment by the state to the county of the sum of $1000 as the state's 
full and complete share of the cost of constructing certain protective work 
along the Wilson River to prevent flood waters of this river from inundating 
farm lands and the Oregon Coast Highway . 


There being no further business to come before the Commission at 
this time, the meeting adjourned at 5:00 o'clock p. m. 


Pe me | 
if Cc 
State Highway Engineer Commissi / 


Secretary 
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MT. HOOD HIGHWAY from Cooper's Spur to its junction with 
the Columbia River Highway, in Hood River County; 


HOOD RIVER SECONDARY HIGHWAY from its junction with the Mt. 
0 Highway northerly to Tucker's Bridge, in Hood River 
ounty 5 


KLAMATH FALLS-LAKEVIEW HIGHHAY from its junction with The 
Dalles-California Highway to a point 25 miles easterly 
thereof, in Klamath County; but from said last-named point 
to Lakeview, in Lake County, the load limit as fixed in 
said former resolution shall remain until removed by order 
of the Commission; 


be and the same hereby is rescinded and cancelled as of this date, 
and the maximum load limit permissible on the said sections of the 
said highways hereafter shall be the maximum load limit provided by 
law; and it is further ordered that 6 certified copy of this reso- 
lution be furnished to the county clerk of each county in which 
said highways are located, and that 4 certified copy of this reso- 
lution be furnished to the Superintendent of the Department of State 
Police for his information. 


A letter was presented from D. A. McKinnon, State Highway Engineer 
of Montana, requesting that N. M. Finkbiner, Materials Engineer for the Ore- 
gon State Highway Department, be authorized to accept an appointment as @ 
member of the Committee on Fundamentals of Bituminous Construction, to pre- 
pare papers and assemble data for submission to 4 joint session of the Mon- 
tana Bituminous Conference and the National Road Oil and Asphalt Congress of 
Tulsa, Oklahoma, whitch is to be held on October 17 to 20, 1938, at the Edge- 
water Gulf Hotel on the Gulf of Mexico between Gulf Port and Biloxi, Missis- 
sippi. The Engineer advised that acceptance of this appointment would carry 
with it authorization for Mr. Finkbiner to attend this meeting at state ex- 
pense. Nevertheless, he recommended approval of the same. The Commission 
approved the recommendation by unanimous vote, subject to confirmation by 
Governor Martin. 


The Commission also authorized the Parks Superintendent, S.-H. Board- 
man, to go to Aberdeen, Washington, on April 20, 1938, at state expense, for 
the purpose of conferring with Mr. George F. Huntley of that ‘place relative 
to the acquisition of property for a proposed addition to Short Sand Beach 
State Park, in Tillamook County. 


The Commission had under consideration the advisability of purchas- 
ing an electric testing machine to test the eyesight of highway department 
employees who are required in the course of their day's work to operate motor 
equipment. The Engineer recommended the purchase of one of these machines 46 
a safety measure at a cost of about $50. He pointed out that there would be 
some expense connect:d with the making of tests, inasmuch as it would mean 
that someone from the department would heve to travel over the state about 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Prescott Street on Street ~ Interstate Avenue Hi 
5384-Ellison, E. L. 143 sq.ft. Lump Sum $40 Benson 
5055-Solomon, N. 8 3019 sq.ft. $0.10 per sq.ft. " 
5076-Plouff, Mary and Wm. T. " ocx sq.ft. Lump Sum $1500 “ 

2 lots) 
5068-Cole,Earl and Marguerite V. R/W 3750 sq.ft. Lump Sum $3500 e 
Clackamas County Section - Mt. Hood Highwa. 
4612-Shank, Goldie Stock Pile 6.0 $100 per a. McChesney 
Houlton-Warren Section - Columbia River Highway 
5724,-Loomis, W.L. and P.J. 0.17 $500 per a. McChesney 
5727-School Dists. #39 & #2 " 6098.4 sq.ft. $0.0328 per sq. ft. n 


Lombard-Killingsworth Section ~ N. E. Portland . er 
5408-Rath, H. C. 997 sq.ft. 7 sq.ft. + $255 + mov- 
ing tool house (Est. at $40) Parker 

5413~-0.W.R.& N.Co. " 109538 sa.ft.- 8895 sq.ft.at 7 sq.ft. 

86989 sq.ft.at 2¢ sq.ft. 

13218 sq.ft.at 3¢ sq.ft. 

436 sq.ft. Gratis a 

5415-Scruggs, Alice H. n ‘423 sq.ft. 6f sq.ft. + $124.62 
5416-Buebke, Philip T. " 11558 sq.ft. 6¢ sq.ft. + $1906.52 " 


Siletz Bay-Newport Section - Oregon Coast Hi hwa) 
5018-Wade, Ira (correction) i 3.98 $150 per a.less credit 


for 0.61 a. at $150 per a. ly- 
ing outside of right of way 
McCallister 
1078-Torrens, J. L. n 124 sq.ft. Lump Sum $250 " 


Brownsville Section - Halsey-Sweet Home Highway 
5945-Schrunk, W. H. i 0.275 $200 per a. 


7,02 sq.ft.Lump Sun $140,+ $48 Collins 


5958-Stanwood, Sadie G. " 29402 sq.ft.- 4f sq.ft. + $525 " 
5960-Hume, Kittie " 5084 sq.ft.- Lump Sun $150, + $106 " 
5944-Jackson, C. L. " 4112 sq.ft. 

(0.094 a. $266 per a. n 
5959-Rauch, Chas. F. " 2156 sq.ft.- 15¢ sq.ft. + $1376.60 " 
5962-Dougherty, Ross P. " 25% sq.ft.- $0.0481 sq.ft. + $75 " 


Depoe Bay Section - Oregon Coast Highway 
4,134-Youngblood, H. 0. 1160 sq.ft.- Lump Sum $150 McCallister 


(at 14d sq.ft.) 


South Marshfield Section - orgpon Coast Highway 
4146-Gehrke, E.B- H and 9050 sa.ft. at 0607 sq.ft. 


(Correction) Slope Easement 575 sq.ft. for slope easement- 


Gratis, + $2359.26 Parker 
Valley Junction-Boyer Section - Salmon River Highway 
569-Miami Corporation Stock Pile 0.35 2-yr. Lease at $5 yr. 
McCallister 
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Portland, Oregon, April 27, 1938 


The State Highway Commission met in regular session at 7:30 o'clock 
p. m. in the Tyrolean Room of the Benson Hotel. Present were: 


Henry F. Cabell, Chairman 

E. B. Aldrich, Commissioner 

F. L. Tou Velle, Commissioner P 
R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer,Secretary 


The Engineer requested authority to acquire certain parcels of real 
property that are needed for various highway improvements throughout the 
state. He presented a list of such properties, together with the prices that 
he recommended be paid for each. After careful consideration the Commission 
approved the Engineer's request and by unanimous vote adopted the following 
resolution in regard thereto: 


WHERZAS, in connection with the further improvement of 
the highways hereinafter designated, it is and has been necessary 
to acquire property for right of way, quarry sites, gravel or 
other material sites, or sites for the storage of materials, as 
hereinafter more definitely set forth; and 


WHEREAS, as a result of negotiations carried on with 
the owners of the oroperty required, options have been obtained, 
which options have been considered by the Commission, outlining 
the bases of settlement which have been agreed upon; and 


WHEREAS, it is the judgment of the Commission that the 
said options should be approved and accepted, and/or the said re- 
ports be declared acceptable to the State Highway Commission 4s 
bases of settlement for the properties involved, and that the ac- 
quisition of the properties should be completed: 


NOW, THEREFORE, BE IT RESOLVED that the several offers,or 
bases of settlement hereinafter enumerated be, and the same hereby 
are, approved and accepted, and that the Attorney for the State High- 
way Commission be, and he hereby is instructed to complete the ac- 
quisition of the said properties and to take title thereto in the 
name of the State of Oregon. The said properties hereby ordered and 
authorized to be acquired are as follows: 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Boyer-Otis Section — Salmon River ’ 
2008 iani Corporation-Drainage Tunnel Fagement Gratis + $50 


Easement McCallister 
Bandon-Port Orford Section - Oregon oast 
6033-Cadman, H. S. Stock Pile 1.0 ep per a. + fencing Lytle 
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tracts adjacent to the newly constructed highway between Redmond 
and Bend on which are growing fine stands of juniper trees. He re- 
quested authority to acquire these tracts from the Government, if 
possible, in order to preserve the junip«r trees, which are a val- 
vable attraction. The Commission granted the request by unanimous 
vote. 


Addition to Camas Mountain State Perk, in Douglas County:- The 
Parks Superintendent requested authority to petition the Federal Gov- 
ernment for the acquisition of a 40-acre tract of government-owned 
land adjacent to this park, under the provisions of the Recreation- 
al Act of June 14, 1926. He explained that an attempt was made at 
one time to acquire this area for stock pile purposes, but the 
state's application was denied; however, the suggestion was made 
thet it could be acquired as a park or recreational area. He es- 
timated that it could be purchased outright from the Government 
for the sum of $400, and recommended acquisition, either by pur- 
chase or lease. After due consideration the Commission approved 
the request subject to the condition thet the property shall be 
leased from the Government with an option to purchase it outright 
at a later datc if the Commission so desires. 


Addition to Starvation Falls State Park adjacent to the Upper 
Columbia River Highway:- The Parks Superintendent advised that a 
Mrs. Clara Nelson, of Black Duck, Minnesota, owns a parcel of land 
in this vicinity, adjoining the present state park; that all but 
9.43 acres of this land will be jnundated by backwater from the Bon- 
neville Dam. He recommended the acquisition of this 9.43 acres by 


the state as an addition to the re park and ee as his 
thought that it could be acquired at the rate of 6 an acre, which 
is at the same rate as that at which the Government acquired the 


rest of Mrs. Nelson's property. He pointed out that the acquisi- 
tion of this small tract would give the present perk a frontage on 
the Columbia River. After some discussion the Commission voted 
unanimously to purchase the tract in question at the price quoted 
by the Parks Superintendent. 


Purchase of 110 acres of government-owned land at the Umpqua 
Lighthouse Reservation in Douglas County:- The Parks Superintend- 
ent advised that the Commission now has this tract under lease 
from the Government but it would be possible to purchase it out- 
right at this time for the sum of $450 if the Commission so de- 
sires. He explained that the appraised value of the land is twice 
the amount that the Government is asking for it, and recommended 
purchase of the same for park purposes. The Commission approved 
the recommendation by unanimous vote. 


Relinquishment of @ portion of Chandler State Park located 
adjacent to the Fremont Highway, near Lakeview, in Lake County:- 
The Parks Superintendont advised that a number of years ago Mr. 
S. B. Chandler of Lakeview presented this park to the state as a 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


etree G. ¥. ao Sq.ft. 2¢ sq.ft. + $28 McCallister 


5759-Miller, Frank " 6272 sq.ft. 2¢ sq.ft. + 955 + 
moving trees ° 
Junction City-Eugene Section - Pacific Highway 
5937-A, Stafford, Merion F. Borrow and 5.274 $100 per a. + $118.50 
Gravel Pit Benson 
ligrmiston-Coluabie School Section - Heraiston Highway 
5543-Rogers, Roy C. 0.01 Lump Sum $15 Wells 
Ukiah—John Day Section - Pendleton-John Day Highway 
6007-Simmons, Harve Gravel Pit 2-yr.Lease-Lump Sum $240 
Wells 
Bu - Jo . 
34-(Johnson, I.A.) Fed- Stock Pile 1.0 Lump Sum $23 + $27 Williams 


eral Land Bank 


S s - I.0.N. Highw 
5 tate Land Board g 75.97 3 per a. McCallister 


nm 114 amson rn re 0ao0 g 2 
5594-Baker, Clara A. R 640 per a. Benson 
5591-Dent, Lloyd M. RAW 2.87 $20 per a. + $149.95 " 
Hunter Hill-Currier Ranch Section - Fremont Highway 
5992-Currier, Wm.Manley Stock Pile 0.744 Gratis ’ Devers 
0 Wells 
0 " 
phan Estate 
5990-Parsons,Noble (W.W.Johns- " 0.03 Land $10, + $15 g 
ton Estate) 4 
5987-Hunsaker, Estella M. " 0.06 Land $15, + $22 " 
5986-Brown, Jesse P. n 0.21 $100 per a., + $30 " 
5991-York, Nannie A. " 0.04 Lump Sum $15, + moving 
fence " 
5984-Duncan, Lee A. ° 0.42 $100 per a. +'$114.75 " 
5980-Mattes, August " 0.16 $100 per a. + $55.50 " 
5983-Wellman, Walter R. » 0.80 $100 per a., + fencing 


$200 


Parks Superintendent S. H. Boardman was present and reported on the 
following matters: 


Acquisition of wayside strips adjacent to The Dalles-California 
Highway between Redmond and Bend, in Deschutes County:- The Parks Super- 
intendent advised that the Federal Government owns @ number of 40-acre 
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place known as McNamers Camp, with the understanding that the facil- 
ities of the Forestry Department shall not encroach upon the highway 
nearer than 50 feet from the center of the traveled roadway. 


The Commission had under consideration the adoption of a policy 
with respect to acquiring right of way for highway improvements before such 
right of way is actually required for construction purposes. In this connec- 
tion the Attorney reported that, from an analysis of the right of way budget 
and right of way settlements which have been approved by the Commission, it 
is apparent that the amount budgeted for the acquisition of right of way 
this year will be exceeded by actual purchases. After discussion and in view 
of the Attorney's report, the Commission by unanimous vote decided not to ac- 
quire any more right of wey wless it is actually needed in connection with 
the projects to be constructed at once, and ordered that such decision be 
considered as its policy to be followed hereafter in connection with right 
of way purchases. 


The Engineer reported on the cost of right of way required for the 
construction of the Oregon Coast Highway through the city of Bandon, particu- 
larly between Highway Engineer's Stations 34+83.1 and 64+40.4, as ordered by 
the Commission at the previous meeting. He estimated that right of way 60 
feet wide between such limits would cost about $10,200. After discussion, 
and in view of the fact that there is a possibility that the highway through 
Bandon will be reconstructed next year, the Commission authorized and in- 
structed the Attorney to proceed with the securing of options for the right 
of way needed for such project. 


A letter was presented from E. A. Hollinshead, Portland, offering 
free right of way for the reconstruction of the Oregon Coast Highway through 
the town of Cannon Beach, in Clatsop County, and requesting a location survey 
of the route so as to permit him to proceed with some improvements that he 
has in mind. In this connection the Ingineer reported results of a recon- 
naissance survey for a revision and improvement of the existing highway be- 
tween Cannon Beach Junction and Cannon Beach, which report the Commission 
considered and ordered filed. In the discussion of this matter it was point- 
ed out that the reconstruction of the highway at this point is not contem- 
plated for the near future, it being too costly a project to finance with 
funds available; hence the location survey is not needed for the time being. 
The Secretary was instructed to convey such information to Mr. Hollinshead. 


The Commission had under consideration the offer of Mr. A. H. 
Bressler to sell to the state a 6.04-acre tract adjoining the south city lin- 
its of Monmouth through which there is 4 possibility the Pacific Highway West 
will be routed at some time in the future. The Commission decided not to ne- 
gotiate with Mr. Bressler for the ourchase of this property in view of the 
fact that it is not ready to adopt a permanent route for the highway at this 
place nor to construct the same in the near future. 


The Attorney reported on the cost to acquire right of way and to 
rearrange the facilities of the Peninsula Golf Club in connection with the 
proposed traffic separation project at the intersection of Denver end Union 
Avenues, Portland, in accordance with instructions given by the Commission at 


apr 27 1938 


—— 
Say 


1 -¥, 


ee 
* 


a Ly ao 
Saal ora se 


Se pm ty 


4 


APR27 1938 


gift, but since then the highway has been reconstructed, isolating 
a portion of the park so that it is no longer of value for state 
park purposes. He further steted that, in accordance with instruc- 
tions previously given him by the Commission, he has contacted Mr. 
Chandler with respect to the state's deeding back to him this iso- 
lated portion, and Mr. Chandler has agreed to accept the transfer. 
The Commission accepted and approved the report and ordered that an 
appropriate deed be prepared, deeding back to Mr. Chandler the strip 
of land under discussion. 


Acquisition of timber tract situate adjacent to the Pacific 
Highway West, about 6 miles south of Monmouth, in Polk County:- The 
Parks Superintendent reported that he has inspected this tract,which 
is located about one-half mile south of the Luckiamute River bridge; 
that it contains a nice stand of timber; but that it would not be of 
much advantage to the state from the state varks standpoint because 
it is planned to relocate the highway at a considerable distance 
away from the existing highway. In view of the circumstances he rec- 
ommended that the Commission do not purchase the area. The Commis- 
sion approved the recommendation by unanimous vote. 


Acquisition of >rivately-owned area lying between the Oregon 
Coast Highway and the Pacific Ocean, at the north end of the Depoe 
Bay Bridge, in Lincoln County:- The Parks Superintendent advised 
tlat this property is owned by Mr. E. B. Winchell, Portland, who 
has given an option to 4 man by the name of Youngblood to purchase 
the same for the sum of $3,500, and that Mr. Youngblood plans to 
construct a building on the property for commercial purposes. He 
gave as his thought that the state should own the tract, and sug- 
gested the taking over of this option, if possible, so as to pre- 
serve the present unrestricted view of the ocean from the highway. 
He advised that the local people are very much interested in this 
matter and have guaranteed to contribute the sum of $500 toward 
the purchase of the tract, provided the Commission will contribute 
the balance, amounting to $3,000.00. In this connection the Secre- 
tary presentec a resolution signed by 62 residents and businessmen 
of Depoe Bay and vicinity, urging the Highway Commission to purchase 
the tract under discussion. The Commission indicated a favorable 
attitude but deferred action on the matter until the following day 
when a delegation from Depoe Bay will be present in regard thereto. 


Request of the State Forestry Department for permission to 
construct a guard cabin unit on the Wilson River Highway right of © 
wey, in Tillamook County:- The Parks Superintendent advised that 
he has inspected this location as previously instructed by the 
Commission, and from the state parks standpoint he has no objections 
to offer against granting the request; although, in his estimation, 
if the request is granted, it should be limited to 4 certain period. 
After discussion the Commission voted unanimously to grant a 5-year 
revocable permit to the State Forestry Department to occupy a 20r- 
tion of the right of way at this point, which is located near a 
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to the highway. After considerable discussion, in which it was pointed out 
that there is suitable private property available nearby for Mr. Barnes's 
use, the Commission denied the request. 


Reconsideration was given by the Commission to the matter of ac- 
quiring right of way for the Salem-Dayton Secondary Highway across land owned 
by Mrs. Charles K. Spaulding, Salem. The Attorney advised that Mrs. Spauld- 
ing is demanding $3,500 for her property, which is on the basis of $100 per 
acre for the land actually taken for right of way, and $50 per acre as sever- 
ance damages, and that she also wants the Commission to build her a roadway 
from her farm residence to the new highway. The Commission considered Mrs. 
Spaulding's demand exorbitant and instructed the Attorney to condemn the prop- 
erty in the event she will not settle for $2,500 plus the building of a road- 
way from the new highway to her residence buildings. 


The Attorney also reported the need to condemn certain parcels of 
land that are needed for right of way for the Lombard Street-Killingsworth 
Street Section of the Northeast Portland Secondary Highway. He requested au- 
thority to commence the condemnetion proceedings to acquire such properties 
and the Spaulding property at once. The Commission granted the request and 
by unanimous vote adosted the following resolution in regard thereto: 


WHEREAS, the State Highway Commission is by law author- 
ized and directed to lay out, locate, designate, construct, im- 
prove, and maintain 4 system of state highways in the State of Ore- 
gon, and to acquire rights of way and to declare the necessity and 
need for the acquisition thereof, and the advantages to be gained 
thereby; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission as follows: 


1. That the State Highway Commission does hereby find 
and declare that it is necessary and will be of advantage to the 
State of Oregon and there is need that the State acquire for right 
of way purposes in connection with the permanent location, con- 
struction, improvement, and maintenance of the following section 
or sections of the state highway system of the State of Oregon, 
to wit: 


Spaulding Ranch-Unionvale Section of the Salem-Dayton Highway 
Lombard Stzeet-Killingsworth Street Section of the Northeast 
Portland Highway 


land and property owned by or in possession of the following par- 
ties and/or persons, to wit: 


Spaulding Ranch-Unionvale Section of the Salem-Dayton Highway 
Lorah 0. Spaulding 

Lombard Street-Killingsworth Street Section of the Northeast 
Portland Highway 
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the previous meeting. He estimated that such right of way and the rearrange- 
ment of the golf club facilities would cost about $84,000, and that it would 
cost about $40,000 or $50,000 additional to acquire the service station facil- 
ities now located in the wye connection between these two streets. After dis- 
cussion and in view of the expense involved, which is exclusive of the cost 
of construction, the Commission decided to defer the project until it is bet- 
ter able to finance the same. The Attorney was instructed to so inform the 
owiers of the proverty that is involved. The Engineer was instructed to in- 
vestigate and report the feasibility and cost of installing traffic lights at 
this intersection. 


The Commission considered and declined the offer of Mr. Vester Trus- 
ty to sell to the state for rizht of way purposes a tract of land that he 
owns adjacent to the Oregon Coast Highway at Bay City, in Tillamook County, 
the revision of the highway at this location being not in the Commission's 
program for early construction. 


The Commission considered a letter from Hon. Willard L. Marks, Al- 
bany, with respect to the purchase of right of way that will be needed in con- 
nection with the Albany grade separation project, on the Pacific Highway. 

The Attorney advised that the property in question lies beyond the limits of 
the section that is proposed for construction this year and the reason that 
Mr. Marks is bringing up the matter now is because there is a mortgage on the 
property and his client would like to avoid the expense of refinancing the 
mortgage, knowing that the Highway Commission will acquire the property @ lit- 
tle later. The Commission decided not to negotiate for the acquisition of 
this property in view of its newly established policy with respect to such 
matters. 


Tne Comission considered and ecce:ted the offer of the City of Al- 
bany to say the sum of $1,386 for the north 75 feet of Block 17 in Hackleman’ 
second addition to said city, which is in conformity with the previous under- 
standing had with Mayor Ashton at the meeting of the Commission held on March 
24, 1938. 


The Commission had under consideration the matter of acquiring 
right of way for a proposed revision of the John Day Highway in the western 
part of the tow of John Day. The Commission decided not to acquire this 
right of way in view of the fact that it is not propased to reconstruct the 
highway at this point this year. 


The Attorney reported receipt of an inquiry from Mr. R. M. Barnes, 
Reedsport, as to whether or not it would be possible for him to purchase or 
lease a small sarcel of state-owned property situate between the Umpqua High- 
way and the Umpqua River at a point about 8 miles east of Reedsport and being 
more particularly located in Lot 6, Section 1, T. 22 S., R.- 11 W., W. M. He 
said that Mr. Barnes has a residence on the opposite side of the river from 
the highway and the only means of access to his property is by boat. Further, 
that Mr. Barnes would like to acquire this small parcel of land as a site on 
which to maintain a garage for the storing of his automobile when he is at 
home, and would also like to acquire 4 strip for a roadway from the garage 
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5. That this resolution be entered in full in the min- 
utes and records of this Commission. 


The Engineer reported that there are sufficient moneys budgeted in 
the secondary highway account to finance a 10-mile survey on the Kings Val- 
ley Secondary Highway and the Dellas-Kings Valley Secondary Highway, as was 
requested by a delegation from Kings Valley at the meeting on March 24, 1938. 
The Commission decided, in view of the fact that construction of this proj- 
ect is not programmed for this year, that it would be inadvisable to make a 
standard location survey because the funds required to finance the same could 
be used to much better advantage for other highway work. However, the Com- 
mission authorized the Engineer to make a reconnaissance survey of some two 
or three miles in length on such highways. 


The Commission had under consideration the claim of Mr. Frank Ott 
for losses that he alleges he incurred by reason of the reconstruction of the 
Fremont Highway in front of his property near Paisley, Lake County. Mr. Ott 
alleges that before the highway was reconstructed he maintained an irriga- 
tion pipe siphon across the highway and successfully irrigated a number of 
acres of land, but when the highway was rebuilt the siphon was revlaced in 
such a manner that it no longer functions and, as a result, he cannot irri- 
gate his land and has lost two crops of hay therefrom , for which he is now 
seeking reimbursement. The Engineer advised that investigation reveals 
that Mr. Ott's allegations,in so far as the workability of the siphon is con- 
cerned, are correct and that the only way to remedy the situation is to open 
up the lower end of the siphon and let the water pass through the pipe by 
means of gravity. However, there would still be about 0.66 of an acre of 
land that could not be irrigated. He gave as his thought that the state is 
obligated to correct the situation and advised that Mr. Ott is demanding the 
sum of $200 as loss for the damage of crops during the seasons of 1937 and 
1938, and $500 per acre as damages for the land that he cannot now irrigate, 
making e total of about $530. After discussion the Commission decided to 
talk to Mr. Ott »ersonally before rendering a decision. The Attorney was in- 
structed to ask Mr. Ott, who resides in Portland, to be present at the Com- 
mission meeting on the following day for further discussion. (Mr. Ott came 
before the Commission on the following day. See additional minute entry.) 


The Engineer rendered a supplemental report on the request of Mr. 
S. M. Abstem, Hood River, for the construction of turnouts on the Columbia 
River Highway to facilitate the loading and unloading of school children in 
school buses. He said that further investigation of this matter reveals that 
it would cost about $100 to sufficiently widen the highway at Wile Posts 
61.3 and 62.4 as suggested by Mr. Absten. He recommended approval of the 
project in view of its low cost. The Commission aporoved the recommendation 


by unanimous vote. 
The Commission had under constderation the Ingineer's report on the 
cost to improve Arlington Street in Gladstone as @ state highway connection 


between 82nd Street Highway (Cascade Secondary Highway) and the East Port- 
land-Oregon City Highway. The Engineer estimated that it would cost about 
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Thomas W. Murphy and Lillian B. Murphy 
William L. Gray and Mary B. Gray 
Joseph Mulhens, Jr. 

Elizabeth Mulhens Scroggins 

J. L. Kelly 


as their respective interests may appear, and this Commission does 
hereby declare further that the said property or properties are 
necessary, are needful, and the acquisition thereof will be of ad- 
vantage to the State of Oregon for right of way purposes in order 
to make it possible for the State Highway Commission to properly 
locate, construct, and maintain said yortion or portions of the 
said state highway system in accordance with standards adopted by 
this Commission relative +o curvature, grades, alignment, drainage, 
and factcrs of safety. 


2. That the State Highwey Engineer be and he hereby is 
instructed and directed to properly survey the parcel or parcels 
of land required for such right of way purposes and prepare proper 
and adequate descriptions thereof, which descriptions shall be em- 
ployed in the preparation of a deed or deeds or other instrument or 
instruments necessary to complete the acquisition of the said prop- 
erty or properties or which descriptions may be used in the prepa- 
ration of a complaint in the event that condemnation proceedings 
are necessary. — 


3. That the boundaries of the said parcel or parcels of 
land, as defined and determined by the said survey made by the said 
Highway Engineer, along the route or location adopted by the High- 
way Commission, shall be and the same hereby are adopted and the 
jands defined therein are hereby declared to be and the same are 
included within the rights of way of the said portion or portions 
of the said state highway system and hereby are declared to be nec- 
essary for the proper location, improvement, construction, and main- 
tenance of the said portion or portions of the state highway system. 


4. That I. H. Van Winkle, Attorney General of the State 
of Oregon, and J. M. Devers, Assistant Attorney General and Attorney 
for the State Highway Commission, be and they are hereby requested, 
authorized and directed to attempt to agree with the owner or owners 
and/or with the tenants or persons in possession, if there be any, 
of said percel or parcels of land with respect to the compengation 
to be paid for the taking of the same and the damage, if there be 
any, and in the event that no satisfactory agreement or agreements 
can be reached, then it is hereby further resolvec that the Attorney 
General of the State of Oregon, and J. M. Devers, Assistant Attorney 
General and Attorney for the State Highway Commission, be and they 
hereby are reques*ed to commence and prosecute to a final determina- 
tion such suit or action, or suits or actions, as may be necessary 
and appropriate to acquire title to the said premises and all rights 
therein for the purposes herein steted. 
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3. The road from the East end of the steel bridge East of Cres- 
well, Southerly to the Delight Valley Road, East of Saginaw, 
known as the Sears Road - to be known as Market Road #55; 


5.6 miles. 


4. The road beginning on the Territorial Road South of Crow, 
and thence Northeasterly to the Torkelson Road, known as Mar- 
ket Road #21 - to be considered part of Market Road #21; 4.4 


miles. 


The Attorney advised that, whereas the Commission may not be particularly in- 
terested in the designation of these market roads, the law requires the Com- 
mission to approve them as a perfunctory proposition. The Commission there- 
upon by unanimous vote approved the request upon recommendation of the Engi- 


neer. 


The Attorney brought up for discussion the matter of payment of 
royalty for materials to be taken from the Columbia River for use in connec- 
tion with highway work. He said that at one time an agreement existed be- 
tween the states of Washington and Oregon, which provided that neither state 
would pay a royalty on such materials; but, since that agreement was effect- 
ed, officials of the State of Washington have changed their attitude in re- 
gard thereto and now demand the payment of royalty. He pointed out that this 
would cost the State of Oregon a large sum of money because of the materials 
that it is proposed to take for construction of the new Columbia River High- 
way. He further advised that the Clerk of the State Land Board is of the 
opinion that the officials of the State of Washington can be induced to 
change their present attitude if they are contacted personally, and has of- 
fered the suggestion that a representative of the State Highway Department 
accompany him to Olympia, Washington, for such purpose. The Attorney stated 
his concurrence in the views of the Clerk of the State Land Board. It was 
the thought of the Commission that everything possible should be done to save 
the State of Oregon this extra expense and accordingly Construction Engineer 
H. G. Smith was authorized and instructed to contact the Washington officials 
in company with the Clerk of the State Land Board. 

The Engineer requested authority to purchase a portable automatic 
lighting plant for installation at the Pistol River maintenance headquarters 
in Curry County. He estimated the cost of such plant at $700. The Commission 


approved the request by unanimous vote. 


ed authority to make the following changes in 
the highway department radio network in order to increase the efficiency of 
the same: (1) increase seven 50-watt transmitters to 100-watt transmitters 
at an estimated total cost of $210; (2) install racio-telegraphy for station- 
to-station communication at the three major stations in La Grande, Klamath ; 
Falls, and Salem, estimated total cost $1,500; (3) install remote control for 
receiving only at the La Grande, Klamath Falls, and Salem stations, estimated 

total cost $750; (4) purchase of 6 500-watt transmitter for installation at 

the Bend station, and the transfer of the present 50-watt station at Bend to 
Pendleton, stepgping the same up to 100-watt power, estimated cost of 500-watt 


The Engineer request 
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$87,000 to build this street to proper highway standards, and an additional 
$25,000 for right of way, such estimate being based on a 60-foot roadway be- 
tween curbs. He pointed out that the street is only 36 feet wide between 
curbs at the present time but this could be increased to 46 feet without ad- 
ditional right of way expense and in that case construction could be reduced 
to $72,000. The Commission decided not to undertake this »sroject in view of 
the cost thereof and particularly in view of the fact that it would be neces- 
sary to designate the street as a state highway route, which the Comission 
does not wish to do because there are many other roads now in the state high- 
way system in equally bad condition, where the money could be used to better 


advantage. 


The Commission by unanimous vote approved Chairman Cabell's letter 
dated April 25, 1938, and directed to Mr. Franklin T. Griffith, President 
of the Portland General Electric Company, Portland, with respect to the pav- 
ing of Sandy Boulevard, Portland, in which letter Mr. Cabell advises Mr. 
Griffith that the State Highway Cozmission will accept a contribution of 
$50,000 from the company as its share in the cost to widen and pave the en- 
tire street from N. E. Davis Street to East 82nd Street in order that the 
project may be done properly. The letter was thereupon signed by Mr. Cabell 
and mailed. 


The Engineer reported that about 45 tons of structural steel and 
cast iron have been salvaged from the bridge over the Little Nestucca River 
on the Oregon Coast Highway about 7 miles south of Hebo, which bridge is be- 
ing replaced by a new structure. He requested authority to advertise this 
material for sale at the next meeting of the Commission. The Commission ap- 
proved the request by unanimous vote. 


The Attorney reported receivt from the Globe Indemity Company of 
two alternate forms of release terminating the company's liability in comnec- 
tion with the Moorman forgery matter, such forms having been submitted as @ 
substitute for the form that was considered and rejected by the Commission 
at the previous meeting. He read aloud each of the alternate releases and 
recommended acceptance of the short form. The Commission approved the Attor- 
ney's recommendation and thereupon signed the release. 


The Commission had under discussion a resolution adopted by the 
County Court of Lane County, requesting the Commission's approval of the des- 
ignation as market roads of certain county roads in Lane County, described 
as follows: 


1. The road leading from the Territorial Road to Veneta, South- 
westerly to Market Road #15, near Vaughn, known as the Bolton 
Hill Road - to be known as Market Road #53; 3.3 miles. 


2. The road leading from Elmira, Northwesterly to the North end 

4h of Market Road #14; thence to the Siuslaw Highway, near Goldson, 
hy mown as the Sheffler and McMaster Roads - to be known as Market 
, Road #54; 11.5 miles. 
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which section is inundated by waters of the Coquille River during flood 
periods. The Engineer estimated that it would cost about 4125,000 to re- 
construct this section, compared to a cost of $550,000 to construct the pro- 
posed revision bypassing the town of Coquille. He pointed out that the Com- 
mission's financial status will not permit the construction of the bypass 
route at this time and that something must be done to improve the Dike Sec- 
tion regardless of the construction of the bypass route, because this section 
will always have to be maintained as a state highway. He suggested a tempo- 
rary transfer of $125,000 of the funds previously allocatei for the recon- 
struction of the Bunker Hill Section of the Oregon Coast Highway in Marsh- 
field, in order that the reconstruction of the Dike Section can be done this 
year. After considerable discussion the Commission approved the Engineer's 
recommendation by unanimous vote. 


Tne Engineer reported that The Dalles-California Highway between 
Bend and Klamath Falls and the Ochoco Highway between Prineville and a point 
six miles easterly thereof are new dried out sufficiently to vermit the trans- 
portation of legal weight loads, and recommended the lifting of the reduced 
load limits heretofore in effect on these sections. The Commission approved 
the recommendation and by unanimous vote adopted the following resolution in 
regard thereto: 


WHEREAS, on the sixteenth day of February, 1938, at a 
meeting of the Oregon State Highway Commission, all members being 
present and participating, the Comimission >assed and adopted reso- 
lutions reducing the maximum load limit on the following state 
highways: 


THE DALLES-CALIFORNIA HIGHWAY between Bend, in 
Deschutes County, and Klamath Falls, in Klamath County; 


OCHOCO HIGHWAY between Redmond, in Deschutes County, 
and a point six miles east of Prineville, in Crook County ; 


and 


WHEREAS, subsequent to the passage of said resolutions con- 
ditions have changed 30 that it is now no longer necessary or desir- 
able, and the Commission hereby finds that it is no longer necessary 
or desirable to maintain the said reduced load limits set out in said 
resolutions in so far as they pertain to The Dalles—California High- 
way and the Ochoco Highway ; 


NOW, THEREFORE, BE IT RESOLVED that the action of the State 
Highway Commission reducing the maximum permissible load limitr on the 


THE DALLES-CALIFORNIA HIGHWAY between Bend, in Des- 
chutes County, and Klamath Falls, in Klamath County; 


OCHOCO HIGHWAY from Redmond, in Deschutes County, to 
a point six miles east of Prineville, in Crook County; 
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transmitter $300; (5) install remcte control at the Bend station for both 
transmitting and receiving: estimated cost of new vertical antenna $1,800, 
cost of remote control equipmant estimated at $250, and a building to house 
the equipment at $250; (6) install telephone-plan service for remote control 
for the stations located at Salem, La Grande, Klamath Falls, and Bend, esti- 
mated total cost per month $60; (7) increase the power of the transmitter at 
Portland to 500-watt telephone and telegraph in order to more efficiently 
cover the Columbia River Gorge; (8) transfer the transmitter now located in 
Portland to Medford, same to be operated by remote control from the Highway 
Department's scalehouse site: estimated total cost of this change $7,900, 
which will be borne entirely by the State Police Department, for whom the 
change is being made; (9) purchase additional frequency-measuring equipment 
at Salem station, estimated cost $1,000. He explained that the total expendi- 
ture called for amounts to $8,760 by the State Highway Department, and $7,900 
by the State Police Department, and recommended the same so as to provide for 
greater efficiency of all of the radio stations, with better coverage through- 
out the state. After discussion, the Commission approved the Engineer's re- 
quest by unanimous vote and authorized him to make the various changes and in- 
stallations this summer. The Engineer was also authorized by the Commission 
yeaa a for permits as may be necessary from the Federal Radio Communications 
ssion. 


The Commission had under consideration the request of Mr. J. T. Ma- 
honey, Siletz, Oregon, for permission to maintain his power transmission pole 
line in its present location on the west side of the Siletz Secondary Highway 
through the town of Siletz rather than on the east side of this highway. The 
Engineer advised that Mr. Mahoney bas a franchise from Lincoln County author- 
jzing the maintenance of his pole line on the west side of the highway, but 
the pole line is now badly in need of repair and he has been requested to re- 
build it on the east side of the highway in conformance with the policy of 
the Highway Commission to avoid the crossing of power wires over the highway 
as much as possible, and the west side of the highway now being occupied for 
the most part by telephone circuits. He said that Mr. Mahoney is opposed to 
moving is line because of the cost involved. He further stated that the 
power line is located in the town of Siletz and most of the service connections 
are on the west side of the highway, so it probably would be advantageous and 
less hazardous if the Commission permitted the pole line to remain in its pres- 
ent location, which would necessitate the crossing of telephone wires at two 
points. He recommended that Mr. Mahoney's request be approved provided he will 
reconstruct the present line so as to reduce present hazards. The Commission 
approved the request by unanimous vote. 


The Commission considered the request of the National Surety Corpora- 
tion for permission to use photostatic copies of the $5,000 draft that it gave 
the Highway. Commission in payment of the state's claim in the Moorman forgery 
case, and the Commission's letter of acceptance thereof terminating the liabil- 
ity of the corporation in this case. The Commission approved the request by 
unanimous vote upon recommendation of the Engineer and the Attorney. 


The Commission had under consideration the matter of reconstructing 
the Dike Section of the Oregon Coast Highway just west of Coquille, 
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The Commission had under discussion the matter of lighting the 
proposed Interstate Avenue improvement project in Portland. In the discus- 
sion of this matter it was agreed by all that some system of lighting should 
be installed but the question arose as to whether sodium vapor or incandes- 
cent lights should be used and whether or not provision should be made for 
lighting the street between intersections as well as at the intersections. 

The Commission decided that the streets should be lighted uniformly between 
intersections so as to avoid the hazard that might obtain if automobilists 
are required to drive through a brightly lighted intersection and the: to 
suddenly enter a darkened area. The question also arose as to whether or not 
the Bureau of Public Roads would approve an expenditure of federal funds for 
such lighting work and whether or not the City of Portland would agree to 
furnish the electricity and would maintain the lights if the state installed 
them. After considerable discussion the Commission apyroved the installation 
of sodium vapor lights but ordered that they be installed in such manner that 
they can be changed to the incandescent type of lights later on, if necessery, 
at minimum expense; provided, however, that the Bureau of Public Roads will 
contribute toward the cost of such installation and the City of Portland will 
furnish the electricity for the lights and will maintain them at city expense. 
The Engineer was instructed to contact the officials of the Bureau of Public 
Roads and the City of Portland in regard thereto. In view of the action tak- 
en on this matter, the Commission decided to cancel the authority previously 
granted for the installation of sodium vapor lights along the East Portland- 
Oregon City Highway between Ross Island Bridge and Fast 17th Street, Portland, 
in the event that the lighting of Interstate Avenue in the manner approved is 
carrisd through to completion. 


The Commission also considered the proposal of the Portland Traction 
Company to construct 4 turnaround for its trolley buses on North Denver Ave- 
nue, Portland, at its intersection with Willis Street,so as to eliminate the 
necessity of driving the buses around one city block. The Engineer advised 
that the state highway is now routed on North Denver Avenue northerly from 
Lombard Street, but it is proposed to reroute it along Interstate Avenue 
north from Lombard Street to a connection with North Denver Avenue between 
Willis Street and Argyle Street, and that the plans call for leaving @ 
small triangular area at Willis Street for the convenience of pedestrians. 
Further, that the Portland Traction Company proposes to use this small tri- 
angular area in connection with its turnaround. He pointed out that the use 
of the island by the company would render it valueless as a safety measure 
and would greatly increase the hazard to pedestrians because the intersection 
at this point is very wide. He recommended that the company's request for 
the use of this island be denied and that the company be required to route 
its buses around the city block rather than to reverse them at this intersec- 
tion. After discussion, the Commission decided unanimously to sroceed with 
the construction of the Interstate Avenue project in accordance with the orig- 
inal plans, retaining the island for safety purposes, and to discuss the mat- 
ter of the bus turnaround with the Portland Traction Company officials later. 


The Commission considered and aporoved a project proposal for addi- 


tional W.P.A. work on the Wolf Creek Highway between highway engineer's sta- 
tion 668+00 and 1530+00 on the Nehalem River-Sunset Camp Section, involving 
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be and the same hereby is rescinded and cancelled as of this date, 
and the maximum load limit permissible om the said sections of the 
said highways hereafter shall be the maximum load limit provided 
by law; and it is further ordered that a certified copy of this 
resolution be furnished to the county clerk of each county in which 
said highways are located, and that a certified copy of this reso- 
lution be furnished to the Superintendent of the Department of 
State Police fcr his information. 


The Commission had under consideration the matter of assuming re- 
sponsibility for the maintenance of a sidewalk that the County Court of Lane 
County proposes to construct as a W.P.A. project on the Junction City—Eugene 
Secondary Highway at a place know as Santa Clara. The Engineer advised that 
the County Court considers that its responsibility terminates upon completion 
of the sidewalk and has refused to accept the permit that was issued by the 
Commission for such construction inasmuch as it contains provision for main- 
tenance of the sidewalk by the county. He pointed out that the sidewalk to 
be constructed is of a gravel type and thatthe cost of maintenance of the 
same would be negligible. He recommended that the state assume the mainten- 
ance costs when completed. The Commission approved the recommendation by 
unanimous vote and so ordered. 


The Engineer requested instructions whether or not to retain for a 
longer time the certified check in the amount of $500 which was deposited by 
the Gilpin Construction Company and the General Construction Company, con- 
tractors for the Yaquina Bay Bridge construction, pending final settlement 
with the P.W.A. authorities in connection with this bridge project. He re- 
called that the check was held on account of irregularities in labor and in 
the cement count, and advised that the Federal Government has never intimated 
that either of these two matters had any bearing on the final adjustment of 
the grant funds. Furthermore, the Labor Board considered and rejected the 
labor claims and the P.W.A. authorities have never recognized officially the 
alleged cement irregularity. He recommended, in view thereof, that the 
$500 check be returned to the contractors at this time. The Commission ap- 
proved the recommendation by unanimous vote. 


The Commission considered the matter of maintenance of Killings- 
worth Avenue in Portland easterly from its connection with Northeast Portland 
Secondary Highway to the junction with Columbia Boulevard, and Columbia Boule- 
vard from this junction point to a connection with Sandy Boulevard (Columbia 
River Highway). The Engineer advised that, whereas the Commission has desig- 
nated the Northeast Portland Secondary Highway No. 123, it has not been the 
oractice of the Commission to maintain roads or streets on the route of such 
highways until the highway has been constructed. He further advised that the 
Roadmaster of Multnomah County alleges that the Commission is obligated to 
maintain Killingsworth Avenue and Columbia Boulevard between the points first 
mentioned, and is calling upon the state to do certain repeir work on such 
streets at this time. The Commission deferred a decision in this matter pend- 
ing advice from the Attorney as to whether or not the Commission is legally 
obligatec to maintain such streets. 
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The Commission considered and approved Chairman Cabell's letter, 
dated April 28, 1938, and directed to the county courts of counties of the 
State of Oregon, with respect to the programming of federal aid secondary 
highway funds. 


The Attorney discussed with the Commission matters pertaining to 
the acquisition of right of way for the Upper Columbia River Highway across 
lands owned by Mrs. Juanita Starr, and particularly the question whether or 
not it would be advisable to turn over to Mrs. Starr certain tidelands front- 
ing on Lot 1, Sec. 34, T. 2N., R. 6 E., W.M., and on Lot 1, Sec. 3, T. 1H., 
R. 6 E., W.M., in order to effect a settlement for such right of way. It ap- 
peared to the Commission that the tidelands in this articular location are 
of no value from the state highway standpoint, as are the tidelands in other 
locations, in view of which the Commission indicated that it had no objec- 
tions to the relinquishment of such tidelands in favor of Mrs. Starr. It was 
considered, however, that action to that end should be effected through the 
State Land Board, from which the tidelands were obtained by the State Highway 
Commission. Accordingly, the matter was left open for dealings between the 
State Land Board and Mrs. Starr, the idea being that if the State Land Board 
is willing that Mrs. Starr should own the tidelands, then the Commission will 
reconvey them to the State Land Board which in turn can convey them to iirs. 
Starr. 


The Commission adjourned at 11.45 o'clock p. m., to reconvene on 
the following morning in the Auditorium of the Public Service Building. 


Portland, Oregon, April 28,1938 


The State Highway Commission reconvened in regular session at 9:00 
o'clock a. m. in the Auditorium of the Public Service Building, with all Com- 
missioners, the State Highway Engineer, the Attorney, and the Secretary pres- 
ent. 


Bids as follows for highway construction projects, sale of buildings, 
and for the furnishing of a Fidelity "Blanket" or "Schedule" Bond, covering cer- 
tain highway department employees, were opened and read in conformance with 
previously published notice: 


LANDRITH COUNTY ROAD 
BRIDGE OVER SOUTH FORK OF COOS RIVER 
ALTERNATE "A" WITH, ALTERNATE "B" WITHOUT, PILE TRESTLE APPROACHES 
(Bids for this project received for and in behalf of Coos County Court) 


Alternate "A" Alternate "B" 


Tom Lillebo $ 33,351.00 $ 23,115.00 
J. W. and J. R. Hillstrom 35,028.00 23,978.00 
Coos Bay Dredging Company 33,683.00 25,354.50 
Mountain States Construction Company 40, 742.00 28,387.00 
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a total expenditure of $615,076 for slide removal, roadbed topping, replace- 
ment of fills, removal of damaged trees, and @ general right of way cleanup. 
The state's share of this expense was estimated at $129,940 and the cost to 
be paid with W.P.A. funds at $485,136. 


The Commission also considered and approved a project proposal for 
a W.P.A. roadside beautification project on the Old Oregon Trail at the west 
end of the overcrossing in Pendleton. The estimated total cost of the proj- 
ect is $7,853.20, of which the state's share is estimated at $2,504.00 and 
the cost to be paid with W.P.A. funds at $5,349.20. The approval of this 
project was conditioned upon the Commission's securing ® satisfactory egree- 
ment with the City of Pendleton providing for the city to maintain the proj- 
ect after completion. 


The Commission by unanimous vote authorized the State Highway Engi- 
neer to attend a meeting of the Design Committee of the American Association 
of State Highway Officials which is to be held in Chicago, Illinois, on May 
26 and 27, 1938. The Engineer explained that the Federal Government would 
pay all expenses incident thereto. 


The Commission also authorized Mr. Harold B. Say, Director of the 
Travel and Information Department, to travel throughout the State of Califor- 
nia at state expense for the purpose of contacting newspaper officiels of 
that state whose publications are used in advertising the State of Oregon, 
provided the expense thereof is approved by Governor Martin. 


The Assistant Attorney requested authority for representatives of 
the Right of Way Department to contact, at state expense, officials of the 
Federal Land Bank in Spokane, Washington, relative to the matter of severance 
damages to be paid the owners o* large wheat ranches in Umatilla County 
through whose property it is proposed to relocate the Adams~Athena Section of 
the Oregon-Washington Highway. The Commission granted the request by unani- 
mous vote, sueject to approval by Governor Martin. 


The Commission considered and denied the request of Rose City Post 
No. 35, American Legion, for 4 contribution of $2,000 of state highway funds 
to finance the sending of the American Legion band to Los Angeles, California, 
in September of this year. 


The Engineer brought up for discussion the matter of borrow.ng 
funds from the Federal Government under the plan suggested by President Frank- 
lin D. Roosevelt, whereby it is proposed that funds be loaned to the states 
without interest, the same to be paid back to the Government at the rate of 2 
per cent annually. He suggested that, if Congress approves the President's 
recommendation, the Highway Commission borrow $15,000,000 under the provisions 
of the act, which would enable the construction of many worthy projects much 
sooner than can be accomplished under the present setup. The Attorney gave 
as his opinion that the Commission has legal authority to arrange for such a 
loan if it so desires. The matter was discussed at some length but a decision 
thereon was deferred for future consideration. 


(Mills Bridge-Jordan Creek Section, continued) 
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Using Road Oil Using Tar 
3 31,069.00 $ 30,133.00 


34,028.00 


SALE OF RESIDENCE BUILDING IN NORTHEAST PORTLAND 
(Former owner Chas. L. Schneller) 


Dolan Wrecking Co. 


om 


SALE OF RESIDENCE BUILDING IN WEST PORTLAND HEIGHTS 


. A. Graddy 


. A. Jones 


(Former owner John T. Paulson) 


SALE OF RESIDENCE BUILDINGS IN ALBANY 


BUILDING NO. 5178 
(Former owner Augusta Otto) 


BUILDING NO. 4967 
(Former owner John Schlehuber) 


. D. and Barbara Rohde 


. J. Brown 


BUILDING ‘NO. 4968 
(Former ower World War Veterans! State Aid Commission) 


BUILDING NO. 4969 
(Former owner J. C. Allphin) 


. D. and Barbara Rohde 


BUILDING NO. 4970 
(Former owner Melvin C. Morgan) 


. D. and Barbara Rohde 


. J. Brown 


BUILDING NO. 4957 
(Former owner Barbara Kinney) 


No bids received 


OF RESIDENCE BUILDINGS IN MARSHF 


BUILDING NO. 5105 
(Former omer I. B. Tilson) 


J. H. Tewsley 


G 


. R. Quick 


Ralph Allen 
Arthur L. Fitch 
Geo. Prefontaine 


$ 61.50 


$ 61.00 


$104.00 


$ 76.00 
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CENTRAL OREGON HIGHWAY 
BROTHERS OASIS - DRILL AND CASE A WELL 


A. M. Jannsen Drilling Company 
A. A. Durand 

R. J. Strasser Drilling Company 
Geo. E. Scott 

Shave Bros. 

Stinman Bros. 

A. M. Edwards & 0. E. Haig 

Cc. E. Williams 


NYRR REE 


~_s- © 


nn 


THE DALLES-CALIFORNIA HIGHWAY 
LOBERT-MODOC POINT SECTION - GRADING AND TALUS ROCK TOPPING 


Coos Bay Dredging Company 
Fisher Bros. 

E. C. Hall 

Jacobsen-Jensen Company 

Leonard & Slate 

Kern & Kibbe 

Clifford A. Dunn 

Kuckenberg Construction Compan; 
McNutt Bros. 

G. I. Stebbins Construction Company 
F. C. Dillard 


PACIFIC HIGHWAY 
SIUSLAW JUNCTION-ROSS STATION SECTION - PAVING 


wre 


Mountain States Construction Company $144,216.50 
Jacobsen-Jensen Company 145,757.00 
Harold Blake 149, 707.00 
Edlefsen-Weygandt Company 149,877.50 
Oregon Contracting Company 158,387.00 


* 


Vibe Sate, 


PACIFIC HIGHWAY 
PRINGLE CREEK-TAYLOR CREEK SECTION - ROADSIDE: IMPROVEMENT 


River Bend Sand & Gravel Company $ 5,934.50 
Leonard & Slate 9,856.50 
The United Contracting Company 10,570.20 


ERI, oa! aes RE aS 


WILSON RIVER HIGHWAY 
MILLS BRIDGE-JORDAN CREEX SECTION - OIL WAT SURFACE TREATMENT 


L} 


Using Roac Oil Using Tar 
J. C. Compton $ 26,954.50 . 
Babler Bros. 27,693.00 
Warren Northwest, Inc. 28,499.25 
Edwin C. Gerber $ 29,994 00 30,054.00 


(Continued on next page) 
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8065 
(Continental Casualty Company, continued) Total Premium 
One Ye Three Year 
City Insurance Agency, Corbett Building, Portland ¥ 28,00 $1,635.20 
Phil Grossmayer Co., S. W. 6th Ave., Portland 582.00 1,635.20 
Ireland-Guild Agency, Wilcox Bldg., Portland 584.00 1,635.20 
MPANY OF NEW YORK 
Granville D. Morgan Co., Bd. of Trade Bldg. ,Portland 584.00 $ 1,635.20 
Fred E. Mangis Insurance Agency, Salem 584.00 1,635.20 
Pallett, Strum & Co., Porter Bldg., Portland 5&/,.00 1,635.20 
F EPO; COMPANY OF 
J. F. Porter, 151 Madison St., Corvallis $ 584.00 $ 1,635.20 
John H. Rankin, 322 Corbett Bldg., Portland 584.00 1,635.20 
Ray W. Sherman, 825 S. ». Grand Ave., Portland 584.00 1,635.20 
A. W. Whitmer Co., 632 Mead Bldg., Portland 584.00 1,635.20 
Clarence D. Porter, Failing Bldg., Portland 584.00 1,635.20 
Kargl & Hurley, The Dalles 584.00 1,635.20 
Homer H. Smith Insurance Agency, Salem 584.00 1,635.20 
GENERAL CASUALTY COMPANY OF AMERICA 
Dooly & Co., Board of Trade Bldg., Portland $ 584.00 $ 1,635.20 
Fred E. Mangis Insurance Agency, Salem 584.00 1,635.20 
J. E. Murphy, Junction City 584.00 1,635.20 
Legler & McGalvery, Hogg Bldg., Oregon City 584.00 1,635.20 
Thomas R. Hudson, 305 E. 2nd St., The Dalles 584.00 1,635.20 
Huggins Insurance Agency, Marshfield 584.00 1,635.20 
Reynolds Insurance Agency, LaGrande 584.00 1,635.20 
Dean Vincent, 315 S. W. 4th Ave., Portland 584.00 1,635.20 
Brice Mortgage Co., 304 S.W- 6th Ave., Portland 584.00 1,635.20 
Bauer & Franz, Pendleton 584.00 1,635.20 
Peninsula Mortgage Co., 8527 N. Jersey St., Portland 584.00 1,635.20 
Port Investment Co., Inc., 423 S.W.Broadway, ® 584.00 1,635.20 
Childs @ Miller, Inc., 344 State St., Salem 584.00 1,635.20 
Brisbine & Mansfield, 310 Lewis Bldg., Portland 584.00 1,635.20 
GLENS FALLS INDEMNITY COMPANY 
Rogers Insurance Agency, Title & Trust Bldg., " $ 584.00 $ 1,635.20 
Jewett, Barton, Leavy & Kern, Lewis Bldg., ° 401.50 1,204.50 
GLOBE INDEMNITY COMPANY 
Geo.8.Kerr Cofitie & Trust Bldg., Portland $ 584.00 $ 1,635.20 
AMERI' ITY COMP, 
Abrams & Ellis, Inc., Masonic Bidg., Salem $ 584.00 $ 1,635.20 
Roy H. Simmons, 136 S. Commercial St., Salem 5&4,.00 1,635.20 
Harvey Wells Insurance Agency, Failing Bldg. ,Portland 584.00 1,635.20 
HARTFORD ACCIDENT & INDEMNITY COMPANY 
R. E. Scott, Hood River $ 584.00 $ 1,635.20 
1,635.20 


C. A. Wagner, 409 S.W. 2nd Avenue, Portland 584.00 
(Continued on next page) ; 
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(Residence Buildings in Mershfield, continued) 


BUILDING NO. 5109 
(Former owner Manilo Camilo) 


Earl J. Rice 
Mrs. Earl J. Rice 


B ON FURNISHING F ITy B 


Total Premium 
Surety Company and Agent Qne Year Three Years 


AETNA CASUALTY & SURETY COMPANY 

J. S. Davis Co., 124 Oregon Ave., Bend $ 584.00 1,635.20 
B. L. Bernard, 322 Yeon Bldg., Portland ‘ 1,635.20 
G. Cyrus Bishop, 319 Yeon Bldg., Portland 1,635.20 
c. Connett, Molalla ; 1,635.20 
Baker Insurance Agency, Baker . 1,635.20 
A. R. Galle, Union : 1,635.20 
Geo. W. Croisan, Ladd & Bush Bark, Salem - 1,635.20 


AMERICAN SURETY COMPANY OF NEW YORK 


Phil Grossmayer Co., 419 S.W. 6th Ave., Portland 1,635.20 
John Burgard Co., 304 Wilcox Bldg., Portland 1,635.20 
W. R. McDonald Co., Yeon Bldg., Portland 1,635.20 
Nasburg Insurance Agency, Marshfield . 1,635.20 
Clyde M. McKay, Bend 1,635.20 
A. R. Bowman, Prineville ; 1,635.20 
W. A. Sherman, 125 ith St., Astoria 1,635.20 
Homer H. Smith Insurance Agency, Salem , 1,635.20 
The Landry Co., Box 192, Klamath Falls 1,635.20 


TA’ INDEMNITY CORPORATION 
Associated Indemnity Corporation, 408 Wilcox Bldg., $ 584.00 $ 1,635.20 
Por 


COMMERCIAL CASUALTY INSURANCE COMPANY 

L. E. Garrison, Redmond $ 582.00 $ 1,635.20 
Harold S. Hays, Loyalty Bldg., Portland 1,635.20 
Portland Trust & Savings Bank, Portland 1,635.20 
Nicholson & Wiper, Inc., Salem 1,635.20 


CONTINENTAL CASUALTY COMPANY 

A. 8. Frohman, Lumbernen's Bldg., Portland $ 1,695.20 
N. B. Souders, 901 S.W.Taylor St., Portland . 1,635.20 
J. Rosenthal, Inc., Lumbermen's Bldg., Portland - 1,635.20 
Lyman Insurance Agency, American Bank Bldg. ,Portland 584.00 1,635.20 


(Continued on next page) 
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Total Premium 


CE COMPANY One Year ee 
Metager-Parker Agency, Woodlark Bldg., Portland § 372.30 1,116.90 
CO! 

Nasburg Insurance Agency, ilarshfield $ 584.00 $ 1,635.20 
John H. Burgerd & Co., Wilcox Bldg., Portland 584.00 1,635.20 
Stephens Mortgage Co., 525 S.W.Stark St., Portland 584.00 1,635«20 
Little & Loucks, Columbia Bldg., Portland 584.00 1,635.20 
City Insurance Agency, Corbett Bldg., Portland 584.00 1,635.20 
Hawkins & Roberts, Salem . 584.00 1,635.20 
Campbell @ Hall, Inc., Failing bldg., Portland 58.00 1,635.20 
ROYAL INDEMNITY COMPANY - 

Yim. McGilchrist, Jr., 325 State St., Salem 5 584.00 § 1,635-20 
TANDARD ACCIDENT INSURANCE COMP 

H. T. Werschkul, Spalding Bldg., Portland $ 584.00 $ 1,635.20 
E. D. Schomacker, Spalding Bldg., Portland 584.00 1,635.20 
National Mortgage & Bond Co., 305 S.W. 4th Ave., 584.00 1,635.20 

Portland 

Otto & Harkson Realty Co., Railway Exchange Bldg.," 584.00 1,635.20 
M. L. Johnson, 406 lain St., Klamath Falls 58/,.00 1,635.20 
Anna M. Harthrong, Pendleton 58/ .00 1,635.20 
UNITED PACIFIC INSURANCE COMPAN Y 

L. E. Garrison, Redmond $ 5&.00 $1,635.20 
J. A. Jelderks, Masonic Bldg., Salem 584.00 1,635.20 
Abrams & Ellis, Inc., Masonic Bldg., Salem 584.00 1,635.20 
C. C. Pierce, Medford 584.00 1,635.20 

FID. & GU. TY COMP, 

Baker Insurance Agency, Baker $ 584.00 $ 1,635.20 
Paul Fundman, Willamina 5&.00 1,635.20 
J. C. Corbin Co., Lewis Bldg., Portland 584.00 1,635.20 
R. W. Schmeer Co., Wilcox Bidg., Portland 584.00 1,635.20 
P. A. Hunt, Bedell Bldg., Portland 581.00 1,635.20 
Allyn R. Hunter, Bedell Bldg., Portland 584.00 1,635.20 


Chairman Cabell announced that the award of contracts and sale of buildings 
would be made by the Commission at 2:00 o'clock p. m. in the same room, but 
that the Commission must have further time to study the bids received for 
the furnishing of the bond. 


The matter of oiling a 3-mile section of the Cape Arago Secondary 
Highway from Charleston, northerly, to a connection with the oiled section 
south of Empire, had the attention of the Commission. On account of lack of 
funds to finance a standard oiling improvement, the Commission decided to put 
a light oil treatment on this section, extending through the town of Charles- 
ton, which the Engineer estimated would cost about $2,500. The Engineer was 


apr 2? 1938 


8066 


(Hartford Accident & Indemity Company, continued) Total Premium 

On: Three Years 
. $ 1,635.20 
; 1,635.20 
. 1,635.20 
® 1,635.20 
. 1,635.20 


A. C. Howland, 620 Main St., Oregon City $ 

T. B. Watters, 615 Main St., Klamath Falls 84 
Merrill D. Ohling, 275 State St., Salem 8, 
Jewett & Dorman, Weatherly Bldg., Portland 84 
Geo. S. Kerr Co., Title & Trust Bldg., Portland 84 


CASUALTY COMPANY 
Wakefield -Fries & Woodward, 236 S.W.Broadway, Portland 584.00 1,635.20 
Samuel M. Fries, 2800 S.W.Patton Rd., Portland 584.00 1,635.20 
Brisbine & Mansfield, Lewis Pldg., Portland 584.00 1,635.20 
Homer H. Smith Insurance Agency, Salem 584.00 1,635.20 


TTS BONDING & INSURANCE COMP. 
—— & Ellis, Inc., Masonic Bldg., Salem $ 584.00 1,635.20 


Carl Y. Tengwald, 125 W. Main St., Medford 584.00 1,635.20 
Tate, Westenfelder & Berg, Inc., Wilcox Bldg., Portland 582.00 1,635.20 


‘AN C. URANCE COMPANY OF NEW YORK 
General Insurance Agency, $085 S.E. 13th Ave., Portland 584.00 $ 1,635.20 
Harold S. Hays, Loyalty Bldg., Portland 584.00 1,635.20 
H. C. Pownall Insurance Agency, Loyalty Bldg., Portland 584.00 1,635.20 
Bauer & Franz, Pendleton 58.00 1,635.20 
Duke & Proctor, Sandy 584.00 1,635.20 
Davenport Insurance Agency, 623 S.W.Oak St., Portland 584.00 1,635.20 


RATION 
Jack Godfrey, Corbett Bldg., Portland 584.00 $ 1,635.20 
Finley C. MacGillivery, John Day 584.00 1,635.20 
Leo J. Malarkey Agency, 184 - 14th St., Astoria 584.00 1,635.20 
Doy Gray, Beaverton 1,635.20 
M. B. Stegner, 180 N. Commercial St., Salem 1,635.20 
Security Investment Co., Oregon City 1,635.20 
Insurance Service Co., Corbett Bldg., Portland 1,635.20 
W. G. Sutherland, 119 W. Alta Street, Pendleton 1,635.20 
Jas. McI. Wood, West & Co., Failing Bldg., Portland 1,635.20 
Roy W. Sherman, S.E.Grand Ave., Portlend é 1,635.20 
Standley & Foley, Salem 1,635.20 
John Nielson, Bandon 1,635.20 
Campbell, Smith & Goodman, Corbett Bldg., Portland 1,635.20 
Northwestern Agencies, Inc., Failing Bldg., " 1,635.20 


NEW _AMSTERDAI CASUALTY COMPANY 
E. A. Ross, St. Helens 1,635.20 


Goodell & Mears, Inc., Wilcox Bldg., Portlend 1,635.20 
Jom W. Cormany, 8872 N.E.Sandy, Portland 1,635.20 
Granville D. Morgan, Board of Trade Bldg., Portland e 1,635.20 


YORK CASUALTY COMP. 
Rosenblatt & Salmon, Corbett Bldg., Portland $ 5&.00 $ 1,635.20 
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The Engineer advised thet there is no rock adjacent to the oiled 
roadway through Empire and it would be a useless exrenditure of funds to at- 
tempt to oil the same without first stabilising with rock materials, which 
the Commission could not do properly now because funds are not available to 
finance the work. He indicated a willingness to investigate the matter the 
next time he is in that vicinity and to see what can be done about widening 
a certain curve in Empire. 


County Commissioner Wm. Baer of Deschutes County came before the 
Commission in regard to Deschutes County's indebtedness to the state for road 
construction purposes. He said that the County Court has included in its 
1938 budget an amount of §3,000 to take care of this account, but before pay- 
ing it would like assurance from the Commission that it will be spent for the 
improvement of the Tumalo Falls County Road. He was informed that the Com- 
mission has no legal authority to spend state funds for improvement of roads 
that are not on the state highway system. The Engineer suggested that the 
money: be spent to improve a state highway near Bend, such as the secondary 
highway known as Century Drive. He recalled that there has accumuleted to 
Deschutes County's credit in the state secondary highway account about $5 ,000 
which would be available for expenditure along with the county's $3,000. 
Commissioner Baer and the members of the Highway Commission approved this sug- 
gestion and the Engineer was thereu,on instructed to go into the matter fur- 
ther with the county court. 


Mr. Jack Wagner, Chairman of the Grievance Committee of the Oregon 
Truck Owners Association, Portland, was present in regard to the use of pri- 
vately-owmned trucks m W.P.A. projects under the jurisdiction of the State 
Highway Commission. He was accom .anied by Mr. M. Gumbert and Ir. A- F. Owen, 
also members of this committee. They alleged that the State Highway Comais- 
sion ig not living up to the intent of the law when it assigns state-owned 
trucks for use in connection with such W.P.A. projects, and they asked the 


Commission to change its policy in this regard and to hereafter employ pri- 


vately —owned trucks that are on relief. They also alleged that the W.P.A. 
requirements with respect to equipment are not being adhered to, so far as the 
state trucks are concerned, and that there are many state trucks now employed 
on such projects that would be ruled off the job if they were privately owned, 


because of defects. 


The State Highway Engineer refuted the statements of ir. Wagner. 
He pointed out that the @rivers of the state-owned trucks on such projects 
are men taken from the relief rolls; so,from that standpoint, no advantage 
would be gained by the employment of privately-owned trucks. He further stat- 
ed that he is positive that the state-owned trucks are given as strict inspec- 
tion as the privately-owned trucks because it was never intended that the 
state equipment should be given any advantage in that regard; but he will look 
into the matter and will insist that the W.P.A. authorities hereafter inspect 
them just as severely as the privately-owned trucks in the event that inves- 
tigation reveals that they are not now being given such inspection. The En- 
gineer advised that the money that the State Highway Commission is spending 
on these jovs is public money and must be spent in the most economical manner 
and to the best advantage for the people who provide it, and the Commission 
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instructed to charge this expense to the Emergency Fund account in view of 
the fact that no provision has been made in the 1938 budget for the same. 


The Commission conferred with Mr. W. H. Lynch, District Ingineer, 
Bureau of Public Roads , in regard to constructing a seal coat on the section 
of the Salmon River Highway, in Lincoln County, thet was reconstructed last 
year, under a Bureau of Public Roads contract. It appears that vart of 
this work was done under adverse conditions, and, as a result, the surface of 
the road is ravelling quite badly, necessitating additional seal, but there 
is a question as to where the money is coming from to finance the work. Mr. 
Lynch explaineé that this improvement is a Government obligation, but condi- 
tions are such that it cannot be done under Government contract or by Govern- 
ment forces, so they are now asking the state to do it at Government expense. 
He estimated that the project would cost about $25,000 and suggested a tempo- 
rary transfer of such amount of Forest Highway Funds from the Earl McNutt 
contract for the construction of a section of the Upper Columbia River High- 
way, where it will not be needed until later in the season. In this connec- 
tion Mr. Lynch recalled that the state has already contributed $90,000 toward 
the McNutt contract, and agreed, if the Commission will approve the transfer 
of $25,000 from this account now, to replace it with a like amount of Forest 
Highway Funds that accumulate by reason of savings in the contracting of other 
forest highway work. After discussion the Commission agreed unanimously to 
the proposition as presented by Mr. Lynch and thereupon signed an agreement 
with him and C. J. Buck, Regional Forester, covering the matter. The Engi- 
neer was authorized to advertise the project for bids to be received at the 
next meeting. 


Messrs. Louis Simpson and George Vaughn, representing the Chamber 
of Commerce of the town of Empire, Coos County, came before the Commission in 
regard to the oiling of the Cape Arago Secondary Highway. Mr. Simpson urged 
the Commission to allocate funds for the oiling of this road from the end of 
the oiled section south of Empire to and through the town of Charleston. He 
said that they would be sctisfied with an inexpensive, temporary oil treat- 
ment if the Commission does not have sufficient funds to finance a standard 
improvement. He also asked the Commission to proceed with the acquisition of 
right of way needed for the construction of the Cape Arago Secondary Highway 
to Cape Arago State Park, and offered free right of way 80 feet wide across 
his holdings, and to assist the Commission in securing right of way from the 
other land owners. 


Mr. Vaughn asked for the widening of the oiled portion of the Cape 
Arago Highway through the town of Empire. He alleged that the. present road- 
way is narrower within the city than it is outside the city and suggested 
that the shoulders adjacent to the present oiled roadway be also okled. 
Chairman Cabell advised that it would not be possible for the Commission to 
finance a standard oiling project on the Cape Arago Secondary Highway this 
year but the Engineer has recommended a light oil treatment, which would al- 
lay the dust, and the Commission will endeavor to find the funds to finance 
such work. He gave as his thought that the construction of such temporary 
improvement would not jeopardize the chances of securing a permanent improve- 
ment later. Mr. Simpson approved the plan outlined by Chairman Cabell. 
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"Bridge construction over South Fork of Coos River on Landrith 
County Road, in Coos County. This project is a county job and bids 
were taken for and on behalf of Coos County and thercfore all of the 
proposals and bidders’ bonds received in connection therewith will be 
turned over to the County Court. The low bidder on this project was 
Tom Lillebo, of Reedsport, with his bid of $33,551.00 on Alternate wae 
and $23,115.00 on Alternate "B". The second low bid received was that 
of J.W. & J.R. Hillstrom, Marshfield, at $35,028.00 on Alternate "A" 
and $23,978.00 on Alternate "B". There were 2 higher bidders. 


"Brothers Oasis, on the Central Oregon Highway, in Deschutes Coun- 
ty. The low bid submitted for this project was that of A. M. Jannsen 
Drilling Co., Portland, at $1,372.50. The next low bid was that of A. 
A. Durand, Walla Walla, Washington, at $1,629.00. There were 6 higher 
bidders. The Carms:10n has referred all bids received for this project 
to the Engineer with power to award to the low bidder when certain con- 
ditions have been satisfied. 


"Lobert-Modoc Point Section of The Dalles-California Highway, in 
Klamath County. 5.03 miles grading and 2.58 miles talus rock topping. 
Coos Bay Dredging Co., Marshfield, submitted the low bid at $41,420.80. 
Fisher Bros., Oregon City, submitted the next low bid at $43,838.00. 
There were 9 higher bidders. The Commission has awarded this contract 
to the Coos Bay Dredging Co. at its low bid of $41,420.80. 


"Siuslaw Junction-Ross Station Section of the Pacific Highway, in 
Lane County. 6,37 miles paving. The Mountain States Construction Co. 
of Eugene submitted the low bid for this project at $144,216.50. Ja- 
cobsen-Jensen Co., Portland, subhitted the next low bid at $145,757.00. 
There were 3 higher bidders. The Commission has awarded this contract 
to the low bidder, Mountain States Construction Co., at its bid of 
$144,216.50. 


"Pringle Creek-Taylor Creek Section of the Pacific Highway, in 
Marion County. 5.47 miles roadside improvement. The low bid received 
by the Commission for this job was that of the River Bend Sand & Gravel 
Co., Salem, at $5,934.50. The next low bid was that of Leonard & Slete, 
Multnomah, at $9,856.50. There was 1 higher bidder. The Commission 
has awarded this contract to River Bend Sand & Gravel Company at its 
low bid of $5,934.50. 


"Mills Bridge-Jordan Creek Section of the Wilson River Highway, 
in Tillamook County. 12.39 miles of oil mat surface treatment. J. C. 
Compton of McMinnville submitted the low bid for this project at 
$26,954.50, using tar. The next low bid was that of Babler Bros., 
Portland, at $27,693.00, also based on the use of tar. Neither of 
these bidders submitted a bid based on the use of road oil. There 
were 4 higher bids received. The Commission has awarded this contract 
to J. C. Compton at his low bid of $26,954.50, using tar." 


Building in Northeast Portland 
"Building formerly owned by Chas. L. Schneller. Only 1 bid was 


received for the purchase of this building, being that of Dolan Wreck- 
ing Co., Portland, at $21.50. The Commission has rejected this offer." 
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has determined that the most economical way to provide truck service on such 
jobs is to furnish state-owned trucks. He pointed out that, at the rental 
rate paid by the W.P.A. for trucks, the state could pay for the trucks in 
about three months' time, considering that the trucks are worked three shifts, 
and then the state would still have the trucks on hand at the end of that pe- 
riod; whereas, if privately-owned trucks were employed, the State would still 
have to pay out the same amount of money in rentals but the state would not am 
the equipment and would in effect buy the same equipment over and over egain. 


Chairman Cabell concurred in the remarks of the Engineer. He summed 
up the situation by stating that all state-owned trucks hereafter must meet 
rigid inspection by the W.P.A. authorities, the same as privately-owned trucks 
if they are not being given such rigid inspection at the present time; that 
the discussion reveals that the same amount of relief employment is afforded 
by the use of state-owned trucks as is provided by the use of privately-owned 
trucks; also, that reports indicate that the state is receiving more value 
from the taxpayers' money by using state-owned trucks on W.P.A. projects than 
it would if it used privately-owned trucks. So, considering the matter from 
all angles, the Commission will continue on the present basis until such time 
as the engineers recommend a change, inasmuch as the Commission of necessity 
depends upon the engineers for advice on such matters. 


Mr, Wagner disputed the Engineer's figures on the cost to operate 
and maintain the state-owned trucks and asked for detailed figures in regard 
thereto. The Engineer informed him that the Commission's records are open 
for public inspection at all times and that he would be glad to give Mr. Wag- 
ner all the detailed information that he desires if he will call at the office 
for the same. 


Mr. Gumbert particularly spoke of the truck bearin the license 
number 30-335 which he is now operating in connection with Wi. -A. work. He 
said that this truck in e number of respects does not meet the W.P.A. inspec- 
tion requirements. The Engineer was instructed to check this truck immediate- 
ly, and if it does not meet the requirements to take it off the job. 


County Judge Nelson B, Higgs, of Harney County, was present in the 
interests of the Central Oregon Highway. He inquired es to the plans of the 
Commission to complete the oiling of this road between Bend and Burns, and 
was informed that the Commission hopes to be able to construct at least a 
light oil treatment on the entire length of the unoiled section this year, and 
that it is the present plan of the Commission to construct the standard oiled 
sueface next year. It was pointed out that this year's oiling work would pro- 
vide a dustless wearing surface for the convenience of traffic. Judge Higgs 
was also informed that the Commission proposes to eward 4 contract for the 
standard oil project some time this fall. 


The Gommission adjourned at 12:00 o'clock noon and reconvened at 
2:00 o'clock p. m. in the same room with all Commissioners, the Engineer, 


the Attorney, and the Secretary present. 


The Szate Highway Engineer made the following announcement of avards 
of contracts and sale of buildings, such awards and sales having been previous- 
ly approved by the Commission by unanimous vote: 
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"The Commission asked me to announce that it would give consid- 
eration later to the bids received this morning for the furnishing 
of a bond to cover highway department employees, and would announce 
its decision at a meeting of the Commission to be held in the Benson 
Hotel, Portland, on May 12, 1938." 


The County Court of Wasco County, represented by County Judge G. G. 
Shults and County Commissioner Mace Fulton, was present in regard to the Com- 
mission's Federal Aid Secondary Highway Program in Wasco County. They gave 
es their understanding that the Commission proposes to improve the Chenoweth 
Creek County Road, and urged, if such is the case, that the improvement be 
confined to the section between The Dalles and the junction with a branch 
road leading back to the Columbie River Highway about 5 miles west of The 
Dalles, because this road carries very little travel beyond the said junction 
point. They also asked the Commission to provide in this program for the in- 
provement of the county road known as the Fifteen Mile Creek Road, or the 
Kuykendall County Road, and presented a petition signed by 35 landowners 
in regard thereto. The Commission indicated a favorable attitude to this re- 
quest but deferred action thereon pending further investigation by the Engi- 
neer. The Engineer was instructed to contact the County Court during the fol- 
lowing week and report his findings at the next meeting of the Commission. 


A delegation from Sheridan, headed by Mayor E. J. Bayliss, con- 
ferred with the Commission in regard to the reconstruction of a bridge on the 
county road in Sheridan. Other members of the group were Senator W. E. Burke; 
Harl Wood, President of the Chamber of Commerce; County Judge Wm. 0. Powell; 
County Commissioner Thos. Bockes; and former County Commissioner W. S. Allan. 


Mayor Bayliss said that the present structure was puilt in 1910 and 
is no longer suitable for, or capable of carrying present-day traffic; in 
fact, is a traffic hazard and needs replacement at once. He further stated 
that it is absolutely impossible for either the city of Sheridan or Yamhill 
County to finance a new structure, hence it is up to the state to assume the 
responsibility. He demanded a new bridge at once, same to be constructed as 
a state highway project and to be financed with Federal Aid Secondary Highway 
Funds. County Judge Powell advised that this bridge is on an important coun- 
ty artery of travel and should be replaced with 4 new, modern structure. 


Chairman Cabell advised that the road on which this bridge is locat- 
ed is not a state highway, hence the Commission is without legal authority to 
expend state highway funds for its improvement. He further stated that the 
Commission has included in its Federal Aid Secondary Highway Program an amount 
for the improvement of the road outside of the city limits of Sheridan but is 
precluded from spending the federal money within the city limits because of 
the Federal Government restrictions; so, if a new bridge is to be constructed, 
either the county or the city will have to finance it. He explained that the 
Commission could not assume such responsibility witheut placing the road on 
the state highway system, which the Commission is not inclined to do because 
it now has all of the responsibility that 4t can handle. It is contrary to 
the established policy of the Commission, he added, to add any more roads to 
the highway system at the present time due to the fact that the Commission 
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Building in West Portland Heights 

"Building formerly owned by John T. Paulson. Only 1 bid was re- 
ceived for the purchase of this building, being that of F. A. Graddy 
Portland, at $70.00. The Commission has rejected this offer." 


Buildings in Albany 


"Building No. 5178, formerly owned by Augusta Otto. The Conmis- 
sion received only 1 bid for the purchase of this building, being 
that of W. A. Jones, Albany, at $61.50. The Commission has rejected 
this bid. 


"Building No. 4967, formerly owned by John Schlehuber. The only 
bid received by the Commission for the purchase of this building was 
that of H. D. and Barbara J. Rohde, Albany, at $61.00. The Commis- 
sion considers this offer satisfactory and has sold the building to 
them at their offer of $61.00. 


"Building No. 4968, formerly owned by the World War Veterans' 
State Aid Commission. 5S. J. Brown of Albany submitted the only bid 
for this building at $104.00. The Commission has rejected his bid. 


"Building No. 4969, formerly owned by J. C. Allphin. The Com- 
mission received only 1 bid for the purchase of this building, be- 
ing that of H. D. anc Barbara J. Rohde, Albany, at $76.00. The Com- 
mission has accented this offer and has sold the building to them 
for $76.00. " 


"Building No. 4970,formerly owned by Melvin C. Morgan. 2 bids 
were received by the Commission for the purchase of this building, 
the high one being that of H. D. and Barbara J. Rohde, Albany, at 
$151.00. The Commission has accepted the offer and has sold the 
building to them for $151.00. 


"Building No. 4957, formerly owned by Barbara Kinney. No bids 
were received for the purchase of this building." 


Buildings in Mershfield 


"Building No. 5105, formerly owned by I. B. Tilson. The Commis-— 
sion received 5 bids for this building, the high one being that of 
J. H. Tewsley, Marshfield, at $52.50. The Commission has accepted 
this offer and has sold the building to Mr. Tewsley for $52.50. 


"Building No. 51.09, formerly owned by Manilo Camilo. The Com- 
mission received 2 bids for the purchase of this building, the high 
one being that of Earl J. Rice, North Bend, at $17.00. The Commis- 
sion has accepted Mr. Rice's offer and has sold the building to him 
at his offer of $17.00." 


In regard to the purchase of a fidelity bond, the Engineer made the 
following announcement: 
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Parks, A. A. Parrett, Emil Sander, Paul J. Groth, and A. H. &llan, came be- 
fore the Commission and urged the paving of the Pacific Highway West full 
width between curbs, through the business district of their town. The Com- 
mission indicated a favorable attitude toward this request but deferred def- 
inite action thereon yending a report from the Fngineer as to just how many 
blocks would have to be paved and what it would cost to do the work. The En- 
gineer was instructed to report on this matter at the next meeting. 


Mr. N. M. Marsh, of Marshfield, came before the Commission in re- 
gard to the penalty imposed upon him for transporting over the Oregon Coast 
highway loads of logs weighing in excess of the statutory load limits and the 
reduced load limits ordered by the Highway Commission for that particular 
section of the highway. He admitted the overloads; nevertheless asked the 
Commission to modify the penalty inasmuch as his trucks have been out of ser- 
vice for several weeks, and, in his estimation, he has already been penalized 
sufficiently for the offense. 


. He was informed that the Commission did not adopt its rulings for 
such offenses until it was forced to do so by reason of the fact that logging 
operators, generally, would not cooperate with the Commission and keep their 
loads within proper weight limits, so the Commission had to adopt a more 
drastic ruling and feels that it cannot make any exceptions thereto now with- 
out defeating its purpose. Mr. Marsh then asked the Commission to release on 
May lst one of his trucks which, according to the penalty, is to be kept out 
of service until May 3rd. The Commission approved the request by unanimous 
vote, upon recommendation of the Engineer. 


A delegation from Reedsport, representing the Chamber of Commerce, 
and consisting of Mayor Nelson Hogan, Wm. Lovelace, and a Mr. Burdick, was 
present and asked the Commission to pave "L" Street in their tomn, the route 
of the Umpqua Highway, full width for three blocks between 12th and 15th 
Streets. They also asked for construction on permanent alignment of a sec- 
tion of this highway easterly from 15th Street about 1/4 mile to a point 
where the new Location will connect with the oresent highway, at Station 
60+CO, They urged the Commission to make provision for such construction in 
1939, but in the meantime to oil the present road to allay the dust. 


The Engineer advised that this is a desirable improvement and that 
a location survey for the same is now being made. Chairman Cabell advised 
that the project will be given fair consideration for next year's program. 


Mr. Frank Ott came before the Commission at this time in regard to 
his claim for damages arising out of the reconstruction of his siphon across 
the Fremont Highway, near Paisley, in Lake County, which matter was discussed 
by the Commission previously during this session. Mr. Ott stated that he 
would be satisfied with the restoration of his irrigation system to the con- 
dition it was in before the highway construction. He said that he originally 
irrigated 25 acres of land but now is unable to irrigate any of it because 
of failure of the siphon to function; in fact, he lost his 1937 crop because 
of lack of water and has been unable to plant a crop for this season. He 
asked the payment of $200 for the loss of the crop for both years, and an 
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does not have the funds to pay the cost of improving them. Furthermore, the 
desirability of the project under discussion is not questioned but it is sim- 
ply a case of the Commission not being able to assume the additional financial 
responsibility. He suggested that the bridge under discussion might be fi- 
nanced as a P.W.A. project in the event Congress approves additional funds 
for such projects, which, according to information recently received, seems 
quite likely. 


A delegation from Washington County, consisting of Loyal M. Graham, 
J. R. McCready, H. G. Bond, E. W. Coon, E. H. Johnson, Fred Gardner, all of 
Forest Grove; L. L. Crawford, Manning; County Judge Donald T. Templeton, 
and County Commissioner H. D. Kerkman, was present. Judge Templeton headed 
the group. 


They inquired what action the Commission has taken on their pre- 
vious request for the rerouting of the highway through Forest Grove so 4s to 
make a direct connection from 7th and Main Streets to the Gales Creek Road. 
They were informed that, according to the Engineer's report, the proposed 
route is practicable and will cost about $11,000 for construction and $9,000 
for right of way, but the Commission has not yet inspected the location and 
therefore has not yet taken definite action in the matter. After discussion 
it was agreed that Chairman Cabell would look over this project in company 
with Judge Templeton at an early date. 


Judge Templeton then inquired as to the prospects of early construc- 
tion of two bridges at the eastern end of the Wilson River Highway. He said 
that there are about 650 men employed on the Wilson River road improvement 
and it would be a great help if these two bridges could be constructed soon. 
The Engineer estimated that such bridges would cost about $40,000. 


Chairman Cabell advised that the Commission has only a limited 
amount of money to spend in this vicinity and wants to concentrate on finish- 
ing the 17-mile section of the Wolf Creek Highway between Elsie and Sunset 
Camp before starting other projects, so the Commi; sion is not in a position 
to say definitely today what it will do about the two bridges under discus- 
sion. He agreed to inspect the project in the near future. 


Judge Templeton then inquired in regard to the Commission's rail- 
road grade separation :rogram and suggested as a desirable project the relo- 
cating of the Nehalem Secondary Highway between Banks and Manning. Mr. Craw- 
ford said that such relocation would eliminate nine railroad grade crossings, 
seven of which are in constant use by the railroad company. 


Chairman Cabell advised that the railroad grade separation progra®. 
for 1938 and 1939 has already been prepared. He granted that this project 
would be a good one for such orogram and agreed to give it serious considera~ 
tion in the formulation of the next program for railroad grade separation 
funds. 


A delegation from Dundee, in Yamhill County, headed by W. S. Allm, 
former County Commissioner of Yamhill County, and including Mayor Morris D. 
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Cabell that the Commission has not yet decided this question because of the 
jndefiniteness of right of way costs, but will do so as soon as possible. In 
this connection the Secretary presented a petition signed by numerous resi- 
dents of the town of Tigard recommending the adoption of the southeasterly 
survey for the permanent routing of this highway. 


Miss Ruth Beatty, Brownsville, was present in regard to the rerout- 
ing of the Halsey-Sweet Home Secondary Highway in Brownsville. She gave as 
her understanding that the plans for this improvement require the removal of 
her mother's house and the destruction of some trees. She asked that the 
plans be revised, if possible, so as to miss this property; and, in the event 
that cannot be done, that the house be moved at the earliest possible time. 


The Engineer advised that if the improvement is constructed to per- 
manent standards, Mrs. Beatty's property cannot be avoided, although that 
would be a desirable thing to do if possible. He further advised that the 
Commission proposes to take bids for this project on June 2 and that options 
for the right of way are now being secured. After discussion, the Commission 
ordered that negotiations with Mrs. Beatty for the acquisition of her proper- 
ty be given special attention. In order to expedite settlement, the Commis- 
sion referred to Chairman Cabell the mtter of approval of the consideration 


to be paid for Mrs. Beatty's property. 


Mr. Elmer Bankus, Brookings, was present in regard to the recon- 
struction of the Oregon Coast Highway through the town of Brookings. He was 
informed that the Commission has no money with which to finance this project 
at the oresent time, so the only encouragement that the Commission can give 
at this time is to state that this project will be given preference in the 
next state highway program, if there are funds to finance it. Mr. Bankus ad- 
vised that the paople of Brookings are still willing to donate the right of 
way for the project if the Commission will pay the cost of removing the build- 
ings therefrom. He was informed that the Commission prefers not to move 
buildings until the project is ready for construction. 


Mr. Bankus then asked the Commission to adopt the permanent route 
for the highway and to stake out the right of way line so that people can de- 
velop and improve their oroperties in conformity therewith. He was informed 
by Chairman Cabell that it is contrary to the established policy of the Com- 
mission to adopt highway routes until the Commission is ready to proceed with 


construction. 


Mrs. Pearl S. Koble, Ashland, came before the Commission in regard 
to her claim for damages resulting from a slide which she alleges occurred on 
her property by reason of the construction of the Pacific Highway on new 
alignment in the Siskiyou Mountains, south of Ashland. She exhibited numer- 
ous pictures and read several affidavits from local residents in support of 
her oral arguments on behalf of her claim. She also presented a claim on be- 
half of L. D. Dollarhide, 4 neighbor, who is demanding the sum of $500 from 
the Commission as settlement for damages to his property resulting from the 
same cause. Among other things demanded by Mrs. Koble was the repair of her 


private roadway. 
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additional amount for the land that cannot be irrigated when the irrigation 
system has been rebuilt. 


The Attorney advised that his investigation of this matter reveals 
that the state is responsible for the crop losses and is obligated to pay Mr. 
Ott for the same; further, that the Commission is under obligation to restore 
Mr. Ott's irrigation facilities. The Engineer recommended opening up the low- 
er end of the siphon for gravity flow of water and the digging of a ditch from 
this siphon across Mr. Ott's land to a connection with the existing ditch. He 
also recommended that the Commission pay for the land that cannot be irrigated 
when the facilities have been restored, being a fraction of one acre, and also 
pay Mr. Ott for the loss of the crops. Mr. Ott indicated a willingness to ac- 
cept settlement on such basis, and the Commission approved the same by unani- 
mous vote, subject to the condition that Mr. Ott does not demand an exorbitant 
amount for the lend. 


After considerable discussion Mr. Ott agreed to accept $90 per acre 
for the land that was formerly under irrigetion but which cannot now be irri- 
gated because of the reconstruction of the highway, such rate being the dif- 
ference between the value of irrigated land and the value of nonirrigable 
land in the vicinity. The matter was referred to the Engineer to work out 
the details. 


The County Court of Sherman County, represented by County Judge 
George A. Potter and County Commissioner David Reid, was present in the in- 
terests of the Federal Aid Secondary Highway Program. They gave as their un- 
derstanding that the Commission has budgeted the sum of $10,000 of federal 
secondary moneys in its 1939 program for tne improvement of the county road 
between Moro and Hay Canyon, in Sherman County. They stated a preference for 
the improvement of the Moro-Erskine county road, if it is not too late to 
make a change at this time. The Commission agreed to bear their request in 
mind, although it is now too late to make a change in the present program. 


Mr. Alton J. Bassett, Secretary of the Capitol Reconstruction -Com- 
mission, was present in regard to the proposed improvement of the north ap- 
proach to the new State Capitol at Salem. The Engineer advised that the City 
of Salem has plans to install new sewers on Court Street prior to the re- 
paving of this street, but the city has no funds to finance this construction 
and will have to hold a special election in the month of May to provide for 
the same, and will not be able to build the sewer in the event that the peo- 
ple will not approve; so there is a possibility that the Highway Department's 
work will have to wait until fell. He suggested, in view of the circumstances, 
that the Commission defer the taking of bids for the paving work until the 
latter part of June or the early part of July, when it will be known definite- 
ly whether or not the city can proceed with the sewer construction. The Com 
mission approved the suggestion and so ordered. 


Mr. Claude I. Scoffins and Mrs. Zelda Ploeger, Tigard, came before 
the Commission in regard to the proposed rerouting of the Pacific Highway West 
through their town. They inquired whether or not the Commission has aa yet 
adopted a permanent route for this revision and were informed by Chairman 
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SANTIAM HIGHWAY 
SHEEP RIDGE-TOLL CREEK SECTION - GRADING 


Leonard & Slate $130,379.00 
Diesel Oil Sales Company 137,010.00 
Berke Bros., Inc. 137,639.00 
J. A. Lyons : 138,465.00 
Fisher Bros. 139,960.00 
Kern & Kibbe 142, 381.00 
McNutt Bros. 152,510.00 
Roy L. Houck 154,671.00 
Morrison-Knudsen Company 160,665.49 
E. C. Hall 163,296.00 
Joplin & Eldon 194,341.00 


WOLF CREEK HIGHWAY 
BRIDGES OVER WOLF CREEK 


Snook Bros. $ 14,105.00 
Mountain States Construction Company 15,832.50 
J. F. Johnston 15,960.00 
Shattuck & Neland 16,199.00 
Frank Watt Construction Company 16,377.50 
Warren Northwest, Inc. 16,740.00 
R. F. Nichol 17,080.00 
Averill & Corbin 17,550.00 
Edlefsen-Weygandt Comoany 17,640.00 


PACIFIC HIGHWAY WEST 
McMINNVILLE SECTION - ROADSIDE IMPROVEMENT 


River Bend Sand & Gravel Company $ 5,467.50 
Leonard & Slate 6,18%,.00 
0. C. Yocom 6,255.00 
The United Contracting Company 7,939.30 
J. ©. Compton 8,489.00 


SALEM-DAYTON SECONDARY HIGHWAY 
SPAULDING RANCH SECTION - GRADING, SURFACING, OILING 


Using Road Oil Using Tar 


Mountain States Construction Company $ 28,944.30 
Saxton, Looney & Risley 29,514.00 
Leonard & Slate $ 32,222.40 31,897.00 
Harold Blake 32,571.50 
Oregon Contracting Company 33,629.50 
E. C. Hall 35,207.00 
Joplin & Eldon 36,251.00 36,000.00 
Edwin C. Gerber 36,229.00 36,229.55 


Chairman Cabell announced that the awards of contracts would be made at 2:00 
o'clock p. m. in the same room. 
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The Engineer advised that a very thorough investigation has 
been made of this matter and there is no question in his mind that the slide 
occurred from natural causes and that the highwey construction work had noth- 
ing whatever to do with it. After a lengthy discussion, the Commission by 
unanimous vote denied Mrs. Koble's claim and advised her to consult an attor- 
ney and take the matter into court if she so desires, because it feels that 
the amount heretofore paid her as consideration for right of way across her 
property is sufficient. Mrs. Koble insinuated that the Commission has an ul- 
terior motive in referring her to an attorney and stated a preference to file 
her own claim. She was informed by the Commission that due consideration 
will be given to any claim that she Ziles. The Attorney was instructed to as- 
sist Mrs. Koble in the preparation of her claim on e cash settlement basis. 
(See minute entry on the following day for details of clain.) 


~ 


The Commission adjourned at 5:45 o'clock p. m. to reconvene at 9:00 
o'clock a. m. on the following day in the same room. 


ne 


Portland, Oregon, April 29, 1938 


The State Highway Commission reconvened at 9:00 o'clock a. m. in 
the Auditorium of the Public Service Building with all Commissioners, the 
State Highway Engineer, the Attorney, and the Secretary present. 


Bids as follows for highway construction projects were opened and 
read in conformance with previously published notice: 


BAKER~HOMESTEAD HIGHWAY 
BAKER—FLAGSTAFF HILL SECTION 
GRADING, OILING, FURNISH CRUSHED GRAVEL IN STOCK PILE 


E. H. Itschner 

Newport Construction Company and Kern & Kibhe 
Roy L. Houck 

Leonard & Slate 


NEHALEM SECONDARY HIGHWAY 
BRIDGE OVER WALLUSKI RIVER 


Mountain States Construction Company 
Makela Construction Company 

J. F. Johnston 

Gilpin Construction Company 

Dolan Construction Company 


SALMON RIVEX HIGHWAY 
OTIS-BOYER SECTION - CRUSHED ROCK OR GRAVEL 


0. C. Yocom 

Rive: Bend Sand & Gravel Company 
Saxton, Looney & Risley 

Harold Blake 
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r projects be held pending until it is definitely mown whether or not 
the other federal moneys referred to are obtainable. 


The Engineer reported that the Coos Bay Port Commission has refused 
to approve substitution of a fill and tidegate for a bridge at Catching Inlet; 
hence it will not be possible to make such substitution in type of construc- 
tion, as has been requested by the property owners in the Catching Inlet dis- 
trict. In view of this report, the Commission decided to proceed with plans 
for the construction of the bridge that was originally contemplated. The En- 
gineer was instructed to inform the sponsors of the tidegate project that the 
Commission has no alternative but to construct 4 bridge at this location un- 
less the Coos Bay Port Commission will withdraw its objection to the fill and 
tidegate construction. 


The Commission had under consideration the approval of a sign which 
Foster & Kleiser propose to erect at the junction of the Salmon River Highway 
and the Oregon Coast Highway, in Lincoln County, directing travel through New- 
berg, Sheridan, McMinnville, and other towns between Portland and Otis. In- 
spection of a sample sign revealed that it did not meet with the legal re- 
quirements, and accordingly the installation of the same was disapproved by 
the Commission by unanimous vote. (This matter was discussed later in the 
session when a representative of Foster & Kleiser was present, at which time 
the matter was gone into more in detail, with the result that the Commission 
deferred definite action on the matter until the next meeting.) 


The Engineer requested instructions in regard to the disposal of 
numerous chain-type signs which have been installed in various places along 
state highways apparently for the purpose of directing travel to the Longview- 
Rainier Bridge over the Columbia River. He said that the signs evidently were 
erected at the direction of the Longview-Rainier Bridge Comvany; that some of 
them are not objectionable; but that others attempt to direct traffic and 
therefore conflict with the Oregon law in regard to signs. He suggested that 
a letter be written to the company calling attention to the law in this regard 
and that the company be ordered to remove the signs that are in conflict with 
the law, and that it be requested also to remove those that apparently meet 
the legal requirements but are objectionable from the standpoint of preserving 
the aesthetic features of the highway. The Commission approved the Engineer's 
suggestion and instructed him to write such letter to the Longview-Rainier 
Bridge Company and to give them 10 days within which to remove the illegal 
signs. He was authorized to take steps 4s may be necessary to remove such il- 
legal signs with state forces in the event that the company will not cooperate. 


The Engineer was instructed also to see what can be done about re- 
moving the sign of the Marcus Whitman Hotel at Pendleton, which contains mis- 
leading information in regard to distances from Pendleton to Seatle. 


In connection with this matter the Commission discussed the removal 
of signs from the Columbia River Highway through the Parkrose District just 
east of Portland, which has heretofore had the attention of the Commission. 
The Attorney advised that public officials who are charged with the mainten- 
ance of highways have certain responsibilities with respect to such highways 
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The Attorney presented the claim of Mrs. Pearl S. Koble for the set- 
tlement for damages to her property, same having been prepared as @ result of 
the conference with Mrs. Koble on the previous day. He said that Mrs. Koble 
alleges that she has 32 acres of land involved in the slide and that she val- 
ues this land at $150 per acre; further, that she alleges that the improve- 
ments on her property are worth $52,000 but she will sell her entire holdings 
to the state for the sum of $10,000. The Commission declined the offer by 
unanimous vote. 


The Attorney also reported on the claim of Mr. L. D. Dollarhide in 
the sum of $500, which was filed by Mrs. Koble. He stated that Mr. Dollar- 
hide's claim arises from highway construction in the vicinity of the Robert~ 
son property. The Commission refused to pay this claim. 


The Engineer inquired as to what he should do about fixing up Mrs. 
Koble's wood-hauling road. He said that embankment material from the highway 
slid across this road as a result of recent heavy rains and that, while prac- 
tically no damage has been done, it might be proper to clean this off so that 
the road can be used. He estimated that it would cost $75 or $100 to do this. 
He was thereupon authorized by the Commission to remove this slide material 
from the roadway but to do nothing for which the state is not responsible. 


The Commission had under consideration the matter of approving proj- 
ects for a proposed P.W.A. construction program, having received information 
from C. C. Hockley, Regional Director, Public Works Administration, that 
there is evidence that the Federal Government intends to revive the P.W.A. 
setup. The Mngineer submitted « list of eligible projects, being those that 
were @pprnved by the Commission for construction in the previous P.W.A. pro- 
gram but were not undertaken because of a change in the P.W.A. rulings. 


In the consideration of this matter the possibility of securing fed- 
eral funds under 4 new federal program proposed by President Roosevelt, pro- 
viding for loans to the states without interest, and repayment of the same 
at the rate of 2% annually, wes discussed but no action was taken thereon. 

The Commission decided to confine its P.W.A. program to & few projects, and 
accordingly selected the following from the list presented by the Engineer: 


Construction of the Fleming Ranch-Shindler Bridge Section of 
the Albany-Lyons Secondary Highway, in Linn County, consisting of 
1.25 miles of grading and surfacing and the construction of a bridge; 


Construction of a district maintenance office and storage build- 
ing at Klamath Falls; 


Construction of Umatilla Bridge Section of the Hermiston Second- 
ary Highway, in Umatilla County, consisting of .95 mile grading and 
surfacing and the construction of a bridge. 


The Engineer was authorized end instructed by the Commission to 
submit such projects to the P.W.A. authorities with the request that the 
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to convey unto the state property known as the Vista House on the Upper Colum- 
bia River Highway, in Multnomah County. The matter was referred by the Com- 
mission to Chairman Cabell and the Engineer, with power to act. 


The Commission also discussed briefly matters pertaining to the 
Cartwright Bill now before Congress which provides for federal highway funds 
for the fiscal years 1940 and 1941. In view of the urgency of this matter 
the Commission decided to wire the Oregon representatives in Congress urging 
their assistance in securing the passage of this bill at this session of 
Congress. The Attorney was instructed to prepare and send such telegram. 


The matter of permitting the mooring of boathouses and floating 
docks that are used by fishermen in connection with fishing activities in the 
Columbia River near Corbett had the attention of the Commission. The Attor- 
ney recalled that the Commission some time ago authorized the continuance of 
of fishing activities in the vicinity of Corbett where the state owns tide- 
jands and has acquired adjoining uplands, and at the present time piling and 
dolphins which have been placed in the river are used as moorages for boat- 
houses, floating docks, et cetera, which facilities will have to be moved out 
farther into the river when the highway is constructed. He said that this 


ments regarding expense of removing the present facilities and giving assur- 
ances as to what the Commission will permit in the future. He inquired par- 
ticularly whether or not the Commission would permit any new docks or build- 
ings to be constructed in such places, or new piling driven, and, if so, what 
will be the requirements of the Commission as to the granting of permits 

and the supervision and control over the construction of structures and the 
subsequent maintenance thereof. 


The Engineer advised that at least one of these owers has request- 
ed definite information as to the policy of the Commission with respect to 
the dock at Corbett before she will agree to right of way negotiations. He 
further stated that at a previous meeting the Commission announced that it 
did not wish to deprive the fishermen in this vicinity of convenignt access 
to the river and instructed the Engineer to select several sites along the 
river where fishermen would be permitted to maintain docks, and one of the 
sites selected is at Corbett. He suggested that the fishermen be allowed to 
re-drive their dolphins and maintain their harbor in the same relative po- 
sition at Corbett as they now have until such time as the new highway is con- 
structed, when they will have to establish their docks farther out in the 
river, and that the matter be covered by issuance of revocable permits. 


After discussion the Commission approved the Engineer's suggestion 
by unanimous vote subject to the condition that permits should be gimited to 
the restricted area at Corbett, and if requests are received for permits to 
maintain similar facilities at other locations, then they shall be brought > 
to the attention of the State Highway Commission for approval. 


The Commission had under consideration a letter from Mr. Earl B. 
Moore, City Attorney of John Day, Oregon, in regard to a controversy between 


APR29 1938 


BUE2Z 


and that city officials have similar responsibilities with respect to city 
streets, but it is the Highway Gommission's resporsibility exclusively to 
maintain state highways outside the corporate limits of cities and towns. He 
further advised that the courts have construed that the law with respect to 
cities not only makes the city officials responsible for the surface of the 
street but it also makes them responsible for the area overhead, and, in his 
estimation, the same interpretation could be applied ‘to the Highway Commis- 
sion's jurisdiction over state highways; so, in view thereof, the Highway Com- 
mission could be held responsible for a sign which overhangs the highway. He 
further stated that, while the statutes prohibit the maintenance of advertis- 
ing signs within the right of way of state highways outside of cities and vil- 
lages, in his estimation the Highway Commission could adopt a resolution to 
prohibit signs from being erected on the highway or overhanging the highway, 
and that the Commission could enjoin the maintenance of such signs if it so 
desires. In the discussion of this matter the Commission indicated that it 
would not object to the maintenance of a sign which is attached closely to a 
building through a district where there is a well-defined sidewalk area off 
the traveled portion of the highway but would be absolutely opposed to signs 
which overhang the highway and to so-called curb signs. 


In regard to the signs in the Parkrose District, the Commission de- 
cided to recommend to the delegation from Parkrose, which is to appear before 
the Commission later in the day, the incorporation of this district, which 
would automatically dispose of the issue and would-relieve the Highway Commis- 
sion from responsibility with respect to the signs in this particular vicinity. 


A delegation representing the Oregon Roadside Council and headed by 
Mrs. Jessie M. Honeyman, Portland, conferred with the Commission in regard to 
financing an educational program which they propose to conduct with a view to 
carrying out the recommendations of the State Planning Board for an organized 
effort to remove signs from roadsides and to clean up such roadsides, such 
cleanup work to be conducted on private property adjacent to but outside the 
highway right of way and therefore outside the Highway Commission's jurisdic- 
tion. Others in the delegation were Mrs. Effie Smith, Mrs. A. E. Rockey, Mrs. 
Jack Murphy, all of Portland, and. Mrs. E. C. Dalton of St. Helens. 


Mrs. Honeyman read aloud and then presented to the Commission @ pe- 
tition requesting « contribution of $3,600 of state highway funds to finance 
such educational work. They were informed by Chairman Cabell that the Com- 
mission regrets exceedingly that it does not have the legal authority to 
spend state funds in this cause. He further stated that the Highway Commis- 
sion approves the plans of the Oregon Roadside Council in this regard and is 
in sympathy with the movement, but because of the legal barrier is prohibited 
from assisting in the financing of the work as a state body. Commissioners 
Aldrich and Tou Velle concurred in the remarks of Chairman Cabell. Each Com- 
missioner thereupon made a personal contribution toward the fund which the 
Council is endeavoring to raise. The Roadside Council was authorized by the 
Commission to make general use of the statements made by Chairman Oabell in 
regard to this undertaking. 


The Commission discussed briefly the offer of the City of Portland 
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donated the right of way for the new highway with the understanding that a 
cattle pass would be constructed under the same for his use. In view of the 
circumstances and the fact that the Commission is apparently obligated to do 
something for Mr. Owens to alleviate the danger caused by this condition, the 
Commission by unanimous vote authorized the Fngincer to install a cattle ass 
of the cheayest »ossible type across the highway at this location, costing 
not more than $1,500. 


The Commission considered and denied a request from Major S. L. Da- 
mon, United States War Department, for veruission to construct a bus-passenger 
waiting room on the right of way of the Lower Columbia River Highway ata 
point near Gasco Station, between Portland and Linnton, it being strictly con- 
trary to the policy of the Commission to permit such encroachments. 


The Commission considered a letter from Mr. F. E. Trontier, Medford, 
requesting the paving of 6 parking strip in front of his place of business in 
Medford. The Commission denied the request because of the precedent that 
would be established and for the further reason that available funds will not 
permit the Commission to embark on a program of this kind et the present time. 


A letter was presented from ifr. Glen Meyers, Oregon City, inquiring 
whether or not, when the new highway is constructed along the waterfront in 
Oregon City, huseboats will be allowed to remain in the river between 7th and 
14th Streets. It aprears that Mr. Meyers owns a houseboat at this location 
and has made a» lication to the city of Oregon City for water service, but 
the city refuses to extend such service to his boathouse until it is known 
definitely whether or not the boathouses will be allowed to remain in their 
oresent location when the highway is constructed. The Engineer pointed out 
that if these houseboats are allowed to remain in their present location, it 
would defeat the purpose for which the land between the highway and the river 
was acquired by the state, which purpose was to eliminate any possibility of 
encroachments uvon the state's property by buildings or facilities of any 
kind, and he suggested that the mooring of houseboats at such location be not 
allowed. The Commission concurred in the viewpoint of the Engineer and or- 
dered that Mr. Meyers be so informed. The matter was referred to the Attor- 
ney to prepare en appropriate letter to Mr. ieyers. 


The Commission adjourned at 12:30 o'clock p. m. and reconvened at 
2:00 o'clock ». m. in the same room, with Chairman Cabell and Commissioner 
Tou Velle present and participating. Commissioner Aldrich was excused from 
attending the remainder of the session because of other pressing matters. 
Also present were the State Highway Engineer, the Attorney, and the Secretary. 


Chairman Cabell announced the following awards of contracts for 
which bids were taken at the morning session, such awards having been pre- 
viously approved by the Commission by unanimous vote: 


"Baker-Flagstaff Hill Section of the Baker-Homestead Highway, 
in Baker County. 5.68 miles grading and oiling; also furnish _ 
2,000 cu.yds. crushed gravel in stock pile. The low bid received 
for this project was that of E. H. Itschner, Molalla, at $38,762.00. 
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the city and Mr. Ira G. Boyce relative to the maintenance of a siphon across 
the John Day Highway in the eastern part of John Dey. It appears that this 
siphon is maintained in an unsanitary condition and at times becomes 4 nui- 
sance to surrounding households, and that the City Council has gone on record 
as opposed to the continuation of permission to maintain this siphon, but Mr, 
Boyce insists that his franchise or permit for the maintenance of the same in 
its present location be continued. It is Mr. Moore's contention that the 
State Highway Commission is concerned because the siphon is constructed across 
the highway right of way and he is requesting the Commission to take no action 
in regard to the matter until the City Council has completed its negotiations 
with Mr. Boyce. After discussion the Commission instructed the Engineer to 
suggest to the city officials that the city condem the siphon as a nuisance. 
The Commission authorized the Engineer to fill up the siphon in the event the 
city's proceedings are successful. 


A letter was presented from Sherman A. Brow, Sheridan, Oregon, re- 
questing authority to maintain a stall pumping plant within the limits of the 
highway right of way near the Goose Neck Creek Bridge on the Dallas-Coast Sec- 
ondary Highway at Buell. The Commission denied the request by unanimous vote. 


A letter was presented from Frank Z. Howerd, County Rngineer of 
Klamath County, on behalf of the Klamath County Court, relative to the allo- 
cation of Federal Aid Secondary Highway Funds in Klamath County. It appears 
that the Commission has budgeted an amount of $12,000 of the 1938 funds for 
the Whitney Bridge Road, and $24,000 of such funds for the Malin-Bonanza Road, 
but the County Court wants all of these funds expended for the improvement of 
the Malin-Poe Valley-Bonanza Road, and has stated its willingness to assume 
the responsibility of oiling the other road this year. The Engineer recom- 
mended adherence to the program as arranged, and if the work on the Whitney 
Bridge Road does not require all of the funds that have been set up for the 
same, that the amount remaining be expended for the further improvement of 
the Malin-Bonanza project. The Commission approved the recommendation unani- 
mously. 


A letter was presented from F. L. Owens, Cloverdale, Oregon, urging 
improvements to the Cregon Coast Highway in front of his premises so as to 
reduce the hazard that now exists when he drives his cattle back and forth 
across the highway. The Engineer advised that the highway passes between Mr. 
Qwens's house and his barn and that Mr. Owens is a dairy rancher and has oc- 
casion to drive his cows across the highway several times a day, which is 
rather hazardous due to the fact that there are several curves in the highway 
at this point. He further stated that the existing highway is not in a per- 
manent location and that it is proposed to recanstruct it at some future date 
as a major project, but the Commission has no funds to finance such work now. 
He suggested the installation of a 72-inch metal pipe acrosa the highway for 
use as a cattle pass and estimated that such pipe could be installed for 
about $1,200. He pointed out that this pipe could be removed to the new high- 
way location when the highway is reconstructed, so the pipe expense would not 
be entirely lost. 


In the discussion of this matter it was pointed out that Mr. Owens 
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Hiountain States Construction Company, Eugene, submitted the low bid 
of $28,944.30, based on the use of tar. This company submitted no 
bid using road oil. The next low bid was that of Saxton, Looney & 
Risley, Oak Grove, in the amount of $29,514.00, also based on the 
use of tar. This company did not submit a bid using road oil. 
There were 6 higher bidders. The Commission has referred the bids 
received on this project to the Engineer with power to award the 
contract to the low bidder when certain conditions have been sat- 
isfied." 


Messrs. Fred Spoeri, John Abbett, and C- H. Hoss, representing resi- 
dents of Glencullen district, near Hillsdale, Multnomah County, were present 
in regard to the improvement, as a state highway route, of the old Southern 
Pacific railroad grade between Hillsdale and a connection with Barbur Boule- 
vard, Portland. Mr. Spoeri headed the group. He said that this section is 
about 3/4-mile long and that the railroad company has indicated a willingness 
to relinquish the same to the state for state highway purposes and they are 
now requesting that that be done as an aid to the development of the district 
contiguous thereto. 


The Engineer advised that, in his estimation, the project has merit 
and that, if the Commission so desires, the work can be done as 4 county road 
project to be financed with Federal Aid Secondary Highway Funds. After dis- 
cussion the Commission referred the matter to the Engineer for investigation 


and report. 


A delegation from Depoe Bay, Lincoln County, came before the Commis- 
sion in regard to the purchase, by the state, of the E. B. Winchell tract of 
land located at the north end of the Depoe Bay Bridge on the Oregon Coast 
Highway and between the highway and the Pacific Ocean, said tract of land con- 
taining a fraction of an acre. The group consisted of C. W. Crawford, Charles 
Turner, and Paul Baird, all of Depoe Bay, and Mr. Carl Johnson and Mr. W. B. 
Schively, attorney, of Portland. Mr. Schively was spokesman for the group. 


He urged the Commission to acquire this tract so as to keep it from 
being commercialized and to prevent a building from being constructed thereon 
which would interfere with the view of the ocean from the highway. He said 
that a Mr. Harley 0. Youngblood, Portland, is now negotiating with Mr. Win- 
chell for the acquisition of the tract and plans to construct 4 building 
thereon in which to conduct 4 resteurant business, and, in their estimation, 
the state should intercede so as to prevent the property being used for such 
purpose. They gave as their understanding that the property is being pur- 
chased by Mr. Youngblood for the sum of $3,500 and stated their willingness 
to contribute the sum of $500 toward the cost of the property if the Btate 
Highwey Commission can obtain it and will pay the remaining amount necessary 
to secure title to the same. 


The Engineer stated that the area joins the state park at this lo- 
cation and in his estimation the state should own it if it can be acquired 
for a reasonable amount. He pointed out that the Commission has plans to 
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The next low bid was that of Newport Costruction Comgany and Kern & 
Kibbe, Portland, at $41,088.60. There were 2 higher bidders. The 
Commission has referred all bids received for this job to the Engi- 
neer with power to award the contract to the low bidder when certain 
conditions have been satisfied. 


"“Walluski River Bridge Section of the Nehalem Secondary Highway 
in Clatsop County. Remodel 130 lin. ft. steel swing span; construct 
348 lin.ft. pile trestle approach; and 0.34 mile grading and surfac- 
ing. The Mountain States Construction Company, Eugene, submitted 
the low bid for this project, at $38,788.50. Makela Construction 
Compeny, of Astoria, submitted the next low bid in the amount of 
$39,273.00. There were 3 higher bidders. The Commission has award- 
ed this contract to Mountain States Construction Company at its low 
bid of $38,788.50. 


"Otis-Boyer Section of the Salmon River Highway, in Lincoln 
and Tillamook Counties. Furnish 5,000 cu.yds. crushed rock or grav- 
el in stock piles. 0. C. Yocom, Portland, was the low bidder on 
this job, at $12,900.00. River Bend Sand & Gravel Company of Salem 
was the next low bidder at $12,975.00. There were 2 higher bidders. 
The Commission has referred all bids received to the Engineer, with 
power to award the contract to the low bidder when certain condi- 
tions have been satisfied. 


"Sheep Ridge-Toll Creek Section of the Santiau Highway, in 
Linn County. 1.53 miles grading. Leonard & Slate, Multnomah, sub- 
mitted the low bid therefor in the amount of $130,379.00. Diesel 
Oil Sales Company, Seattle, Washington, submitted the next low bid 
in the amount of $137,010.00. There were 9 higher bidders. The 
Commission has awarded this contract to Leonard & Slate, the low 
bidders, at their hid of $130,379.00. 


“Construction of two concrete bridges on the Wolf Creek High- 
way, in Washington and Columbia Counties. Snook Bros., Eugene, 
submitted the low bid in the amount of $14,105.00. The next low 
bid was submitted by the Mountain States Construction Company, Eu- 
gene, at $15,832.50. There were 7 higher bidders. The Commission 
has awarded this contract to Snook Bros. at their low bid of 
$14,105.00. 


"McMinnville Section of the Pacific Highway West, in Yamhill 
County. 2.04 miles roadside improvement. The low bid received for 
this project was that of the River Bend Sand & Gravel Company, Sa- 
lem, at $5,467.50. The next low bid was that of Leonard & Slate, 
Multnomah, in the amount of $6,18&,.00. There were 3 higher bidders. 
The Commission awards this contract to the River Bend Sand & Gravel 
Company at its low bid of $5,467.50. 


"Spaulding Ranch Section of the Salem-Deyton Secondary Highway, 
in Yamhill County. 1.66 miles grading, surfacing and oiling. The 


1938 


will not expire until 1941, but he has an option to renew the lease at that 
time for another 5 years if he so desires. He further stated that ir. Kintz 
is willing to sell his leasehold and the buildings to the state for the sum 
of $3,443.00. 


The Attorney advised that this property is now under condemation 
but the lessees have not been madé sarties to the suit. The Engineer said 
that Mr. Kintz's buildings are of no value to the state whatsoever. He rec- 
ommended that the leasehold be allowed to run out and that when it expires 
Mr, Kintz be allowed to remove his buildings if he wants them. The Commis- 
sion deferred action on the matter pending consultation with the State Parks 
Superintendent. 


A delegation from Parkrose, headed by Mr. Paul Sayre, attorney, 
Portland, came before the Commission in regard to the maintenance of business 
signs along the Columbia River Highway through the Parkrose district, just 
east of Portland. Others in the group were F. G. Clark, florist; C. M. Gil- 
vert, proprietor of variety store; L. M. Schwary, grocer; W. L. Playfair, 
druggist; Robert Beadle, realtor; J. P. Cooper, proprietor of All States Auto 
Court; John W. Connany, realtor; George A. Zilka, service station operator; 
F. A. Stalcup, restaurant owner; Joe Estenson, proprietor of woodworking 
shop; and Henry Kempenich, Manager of Columbia Food Comoany. 


Mr. Sayre urged the Commission to modify its recent order with re- 
soect to the removal of advertising signs through this district. He alleged 
that com»liance with the order would create a hardship and cause irreparable 
damage. He pointed out that there are many business establishments along the 
highway through Parkrose, which is situate outside the city limits of Port- 
land and is not an incor ,orated town. Furthermore, the district has no 
street-lighting system, and advertising signs are needed to provide such ser- 
vice as well ax to advertise places of business. He urged the Commission to 
reconsider its previous action and to permit the signs to be maintained along 
this highway under a code of regulations similar to the regulations covering 
the maintenance of signs along the streets in Portland. 


Mr. Clark admitted that some of the existing signs should be removed 
but stated that there are others which should be allowed to remain, subject to 
regulation by the State Highway Commission. He concurred in the statements of 
Mr. Sayre in this regard and advised that if the Commission will adopt appro- 
priate regulations the majority of the businessmen in the Parkrose district 


will comply with them. 


Chairman Cabell advised that when orders were issued for the removal 
of the signs in question, the Commission was under the impression that the law 
compelled the removal of the signs, but further study of the law indicates 
that the Commission may use its own discretion in the matter. However, not- 
withstanding the apparent ambiguity of the situation, it appears to the Com- 
mission that the public wants the signs removed and if the Commission sroceeds 
with that in mind, all of the signs will have to be taken down except the of- 
ficial road signs. On the other hand, if the Commission permits exceptions, 
where is the line to be drawn, at the city limits or at some other point? 
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widen the bridge at this point and in connection therewith will need some of 
the area for right of way and in view thereof suggested that the Commission 
acquire at least enough for such purpose. 


Mr. Schively presented a petition signed by 61 residents of Depoe 
Bay and vicinity urging the Commission to acquire this area. 


Mr, Youngblood, who is purchasing the tract from Mr. Winchell, was 
also present. He said that he has had an option on the property since the 
summer of 1937 and has already prepared plans for the development of the same, 
in fact has already started to construct foundations for a building. He fur- 
ther stated that he intends to proceed with the development work and that the 
land is not for sale although he would be willing to let the state have the 
small portion that is needed for right of way. 


Chairman Cabell asked Mr. Youngblood how much he would take for his 
interests in the whole tract. Mr. Yotngblood reiterated thr+ it is rot for 
sale but if he had to sell it he would not consider less the. $10,090. He 
filed with the Commission a petition signed by 26 residents of Depoe Bay and 
vicinity urging the Commission not to purchase any more of the property than 
is actually needed for right of way purposes. 


The Commission considered, after further discussion, that the price 
demanded by Mr. Youngblood is more than the state can pay for the proverty; 
also that it is now too late to get ir. Youngblood to change his plans. The 
Engineer asked Mr. Youngblood to defer further construction activities wntil 
the State Parks Su2erintendent has had an opportunity to make some investiga- 
tions relative to encroachments on the state's land. He agreed to do this 
but advised that he now has men working there and such investigation should 
be mede without delay. Mr. Youngblood pointed out that some steps are needed 
leading down from the state's property to his land and gave 4s his thought 
that the state should construct such steps; also that he should have an en- 
trance to his property through the stone wall at the edge of the parking area. 
The Engineer advised him to make no encroachment until the matter has been 
passed upon by the State Parks Superintendent who will be requested to pass 
upon the matter of steps at the same time and ta render a report to the Com 


mission. 


The Engineer was instructed later by the Commission to secure an 
option from itr. Youngblood for the acquisition of the land that is needed for 
right of way. He was authorized to offer him $150 for such parcel and to 
condemn the right of wey at once in the event the offer is refused. 


Mr. Fred Williams, attorney, Salem, came before the Commission in 
regard to the Volz property that the Commission is endeavoring to purchase as 
an addition to Silver Creek Falls State Park, in Merion County. He said that 
he represents Mr. Roman Kintz, who is a tenant on this property; that Mr. 
Kintz took possession of the property about July, 1936, and immediately con- 
structed on the premises a building for the conduct of a cafe business, and 
that he has invested therein the sum of $1,962. Also, that Mr. Kintz's lease 


In this connection it was pointed out to the Linn County Court that 
the Peoria-Harrisburg project mst terminate at the city limits of Harrisburg 
because of the federal requirements which prohibit the expenditure of Federal 
Secondary Highway Funds for construction of roads within the corporate limits 
of cities and towns; hence, if the court desires the improvement within the 
city limits of Harrisburg, the work will have to be financed with either coun- 
ty or city funds. The County court was also informed that when the contract 
for this improvement is prepared, the city's portion of the work will be omit- 
ted wless the city or county provides the funds to finance it. 


A petition was presented from residents of Portland, requesting 
that Interstate Avenue be re-established as a stop street where it intersects 
North Portlend Boulevard. The Commission considered that this is a matter 
that cones under the jurisdiction of the Portland City Council and ordered 
that the petitioners be so informed. 


The Commission considered and ordered f iled a commmication from 
School District No. 64, Clackamas County, protesting the relocation of the 
dond Street Highway (Cascade Secondary Highway) west of the present highway 
through the tom of Clackamas. 


A letter was presented from Mr. A. R. Watzek, Portland, offering 
suggestions to prohibit the picking of flowers and shrubs along the roadsides 
of this state. The Engineer was instructed to inform Mr. Watzek that the Com- 
mission is now doing its utmost to preserve the natural beauty along the high- 
way rights of way end will continue to do all that it can to preserve the 
roadside beauty, and to that end has ordered the erection of additional signs 
prohibiting the picking of flowers and shrubs. 


The Commission had under consideration 4 letter from Mr. Ross Tur- 
ner, Halfway, Oregon, urging improvements to the Halfway-Homestead Section of 
the Baker-Homestead Highway, in Baker County. The Engineer was instructed to 
inform Mr. Turner that the condition of the Halfway-Homestead Section has 
been investigeted numerous times and that the Commission is of the opinion 
that it would be inadvisable to spend any considerable amount of money for 
the improvement of this road in view of the fact that there now exists & 
water-grade route from Robinette to Homestead which is open the year round 
and is adequate to serve the needs of this community. 


A letter was presented from Mr. H. T. Wood, Monroe, Oregon, urging 
the oiling of the rock shoulders adjacent to the highway pavement through the 
town of Monroe so as to prevent rocks being thrown by automobiles through the 
windows of business establishments. The Commission instructed the Engineer 
to investigete the conditions referred to and render a report at the next 
meeting as to what it would cost to do this work. 


The Commission had under discussion 4 letter from Pleasant View Com- 
munity Club, Freewater, Oregon, requesting the placing of stop signs at road 
intersections along the Umapine Secondary Highway in Umatilla County, 6s an 
accident prevention measure. The Commission deferred action on this matter 
pending a report from the Engineer at the next meeting as to whether or not 
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Mr. Sayre gave as his thought that the highway through Parkrose is 
in the same category as a city street in Portland and that the Commission 
would be strictly within its rights in controlling the signs as they are con- 
trolled in Portland. It was his thought that when a street is predominantly 
a business street, such as is the highway through Parkrose, businessmen should 
have the right to maintain the awnings and sigs in front of their premises; 
but, where only a few businesses are concerned, the oroblem takes a different 
aspect and in that case the Commission could order the signs placed back of 
the right of way line. 


The question of responsibility for damages incurred in case of an 
accident due to one of the signs was brought up by Chairman Cabell. He point- 
ed out that the city of Portland has fecilities to control the sign situation, 
but the State Highway Commission does not have such facilities and if an acci- 
dent should occur the State Highway Commission might be held liable. He sug- 
gested that the people of Parkrose incorporate, which would relieve the Com- 
mission in situations of that kind. Mr. Sayre agreed that incorporation of 
the district would solve the orovlem satisfactorily but explained that the 
people of Parkrose do not want to incorporate because they would then be re~- 
quired to pay city taxes. After further discussion it was agreed by all that 
the matter should be given further study and that an attempt should be made 
to work out a solution prior to the next regular meeting of the Commission 
on June 2. The Commission instructed the Engineer to confer with representa- 
tives of the Parkrose district in the meantime in regard thereto. 


The County Court of Linn County, represented by County Judge Je.d. 
Barrett and County Commissioner H. A. Reninger, came before the Commission in 
regard to Linn County's indebtedness to the state for cooperative construc- 
tion of the Santiam Highway. The following settlement of this claim was m- 
tually agreed upon: (1) The state's claim against the county is in the amount 
of $34,206.69, but the county court denies the debt; (2) Linn County Court 
agrees to nay the state the sum of $20,000 in full settlement of the state's 
claim, and the State Highway Commission agrees to accept such sum as such full 
settlement; (3) The County Court agrees to pay the State Highway Commission 
a check or warrant in the amount of 40 per cent of the estimated contract 
price of the proposed 2eoria-Harrisburg county road construction project plus 
10 per cent for enpineering and contingencies, but not to exceed the total 
sum of $20,000, at such time es the Highway Commission advertises this proj- 
ect for bids, it being understood that the job will be contracted during the 
1938 season; (4) Khen the Peoria-Hearrisburg construction job is completed an 
adjustment of costs will be made to make certain that the county does not pay 
more than 40 ver cent of the final costs thereof, including 10 ver cent for 
engineering and contingencies, and not exceeding a total of $20,000. In the 
event that the adjustment shows that the county is credited with the payment 
of less than $20,000, then the County Court agrees to pay the difference as 4 
contribution to the state's match money at such time as the state contracts 
the improvement of another county road project in Linn County to be financed 
with Federal Aid Secondary Highway Funds. The Attorney was instructed to 
prepare a form of agreement with the county on the basis of the settlement 
outlined above. 
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A resolution was presented from Fort Klamath Grange No. 775, Klam- 
ath County, in which the Commission was requested to allocate funds for the 
oiling of the Klamath Lake Secondary Highway through the Wood River Valley and 
to cooperate with the U. S. Forest Service and Bureau of Public Roads in 
clearing right of way, and grading, at the earliest possible time, that por- 
tion of this highway that lies within the national forest. The Engineer es- 
timated that to grade, surface, and oil a standard road through the Wood Riv- 
er Valley would cost about $97,500, and that it would cost $45,500 to resur- 
face, open ditches, and construct an oil mat treatment on the existing road 
through this valley, which is 6.5 miles in length; further, that to com 
struct the highway through the national forest, 21.7 miles in length, to prop- 
er standards, including greding, surfacing, oiling, and bridges, would cost 
approximately $450,000. He said that it would be impracticable to resurface 
and oil the existing road through the forest because it is constructed to 
very poor standards. The Commission denied the request because of lack of 
funds to finance a proper improvement and instructed the Secretary to so in- 
form the Grange. 


A letter was presented from Mr. J. C. Dunn, Clerk, Nestucca Union 
High Schoo), In Tillamook County, urging improvements to the Little Nestucca 
Secondary Highway in Tillamook County. The Commission denied the request 
because available funds are insufficient to finance the improvement. 


A letter was presented from the Independence Chamber of Commerce, 
Independence, Oregon, requesting permission to erect two signs on the state 
highway right of way, one at the junction of the Salem-Dallas Highway with 
the Independence Secondary Highway, near Brunks Corner, and the other on the 
Pacific Highway West near Monmouth, which signs are to contain the following 
inscriptions, respectively: "World's Hop Center, Independence, 5 miles" and 
"Hop Center, Independence, 1 mile". The Commission denied the request, it be- 
ing strictly contrary to the Commission's established policy in regard to 
such matters. The Engineer was instructed to convey such information te Mr. 
Weddle of the Independence Chamber of Commerce and to inform him further that 
the Highway Commission is o»posed to the erection of all manner of signs upon 
or adjacent to highway rights of way because, in the opinion of the Commission, 
they mar the scenic beauty of the roadside; also, that if the Chamber pro- 
ceeds with the erection of its proposed signs on private property adjacent to 
the highway, such signs must not contain information that is directional in 
any sense and must not bear any resemblance to the Highway Commission's offi- 
cial mileage and direction signs and must not be of a competitive nature. 


A letter was oresented from the National Pitch Products Company, 
Portland, complaining of unsatisfactory drainage conditions near their prop- 
erty along the Lower Columbia River Highway between Portland and Linnton. 
The Engineer advised that investigation has been made of this matter and con- 
ditions have been found to be substantially as alleged by the company. He 
estimated that it would cost about $5,000 to properly take care of this mat- 
ter and recommended the improvement 4s soon 4s funds are available to finance 
the work, and in any event that the »sroject be included in next year's pro- 
gram. The Commission approved the recommendation by unanimous vote of the 
members present. 
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there are other highways throughout the state which are in the same category 
and should be declared stop highways. 


Letters were presented from the Manzanita Chamber of Commerce and 
the North Tillamook County Chamber of Commerce urging the completion of the 
Neahkahnie Mountein Section of the Oregon Coast Highway in Tillamook County 
during the 1938 season. The Engineer estimated that such work would cost 
about $80,000 in addition to the project that has been authorized for con- 
struction this year. He advised that there are no funds available to finance 
this improvement this year unless savings accrue from the contracting of other 
work. The Commission decided, after discussion, to consider this project for 
this year's construction in the event that the savings mentioned by the Ingi- 
neer materialize; however, made no definite commitment of such savings to the 
same. The Secretary was instructed to convey such information to the respec- 
tive Chambers of Commerce. 


The Commission discussed a letter from the Manzanita Chamber of Com~ 
merce urging that something be done to stop the dumping of refuse on the 
beach at Manzanita, and the removal of rocks from this beach; also urging the 
Commission to take action as may be necessary to prohibit motorcycle racing 
on the beach. The Commission instructed the Ingineer to erect "no dumping" 
signs along this beach and additional signs prohibiting the removal of rocks 
over 5 inches in diameter from the beach area. He was also instructed to ad- 
vise the Chamber of Commerce that the Commission does not have the authority 
to prevent the removal of sand or gravel from the beach nor to prohibit the 
use of the beach by motorcyclists. 


The Commission considered and ordered filed a letter from Lacey V. 
Murrow, Director of Highways for the State of Washington, regarding the ul- 
timate improvement in Oregon and Washingtcn of the highway between Walla 
Walla, Washington, and Milton, Oregon, wherein Mr. Murrow advises that the 
State of Washington does not contemplete undertaking any improvement on the 
Washington section of this road during the present biennium, which ends March 
31, 1939, and therefore can give no assurance that the project will be in- 
cluded in the construction program for such biennium. Mr. Murrow requested 
that he be informed in the event that the Oregon State Highway Comaission al- 
locates funds during 1939 and 1940 fay the construction of the Oregon section 
of this highway so that he may make similar provision for the construction of 
the Washington section. 


A letter was presented from Mr. Walter W. Thiede, Eagle Point, Ore- 
gon, requesting permission to conduct mining operations in the state-owned 
gravel bar located on the Rogue River, near Gold Hill, Jackson County. The 
Commission deferred a decision in this matter vending a recommendation from 
the State Board of Department of Geology and Mineral Industries. 


A resolution from Buell Grange No. 637, Polk County, askirg the 
Commission to remedy an unsightly and dangerous condition that exists at the 
state's gravel pit located near the west end of the Mill Creek Bridge on the 
Dallas-Coast Secondary Highway. had the attention of the Commission. The Com- 
mission referred the matter to the Engineer for investigation and report. 


1938 


Test Pits - - 


Materials - - 


Plans - - - - 


Set Stakes - - 


Geophysical - 


Prepare Plans 


Right of Way - 


Prepare Plans 


Location - - - 


Reconn. Survey 


Prepare Plans 


Bridge Survey 


The motion was 
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9-2817 - Lapine-Crescent Sect., The Dalles-California 


Highway. lst authorization - $750.00 


20-2808 - Oak Hill-Veneta Section, Route "F", Lane County. 


5th authorization - $350.00 
Total to date $5,675.00 


229-2805 - County Roads in Tillamook County. 


lst authorization - $1,400.00 


82809 -— Azalea Park Road, Azalea Park, Curry County. 


2nd authorization - $125.00 
Total to date $425.00 


8-2819 ~ Arizona Inn Slide Sect., Oregon Coast Highway, 


Curry County. 2nd authorization - $300.00 
Total to date $600.00 


14-2806 - Warren Creek Section, Columbia River Highway, 


Hood River County. 3rd authorization - $800.00 
Total to date $1,100,00 


21-2824 - Waldport-Benton County Line, Alsea Highway, Lin- 


coln County. lst authorization - $50.00 


222-2813 - Peoria-Harrisburg Sect., County Road, Linn County. 


lst authorization - $150.00 


122-2808 - Brownsville-Crawfordsville Sect., Halsey-Sweet 


Home Secondary Hwy., Linn County. 
3rd authorization - $1,000.00 
Total to date $5,000.00 


24-2818 - Illahe School-Albany Sect., Pacific Highway East, 


Marion County. lst authorization - $1,300.00 


229-2825 - Netarts,Wilson River Loop,Fairview ,County Roads, 


Tillamook County. 1st authorization - $1,400.00 


36-2820 - Newberg Viaduct, Pacific Highway West, Yamhill 


County. lst authorization - $500.00 


approved by the unanimous vote of the Commissioners present. 


The Engineer also reyorted that a number of surveys heretofore au- 
thorized by the Commission have been completed. He presented a list of such 


surveys and reported briefly on each survey listed thereon. 
eration the Commission approved the respective surveys, as 


After due consid- 


ed the following resolution in regard thereto: 
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The Attorney discussed with the Commission the question of acquiring 
property owned by Swift & Company and at present occupied by a service station 
within the angle formed by the intersection of Union and Denver Avenues, Port- 
land. He advised that the property is owmed by Swift & Company but is under 
lease to the Standard 0il Company, and that the buildings located thereon and 
which encroach upon the right of way of Denver Avenue were constructed by the 
lessee, the Standard Oil Company. It appears that the existing lease will 
expire soon and the question arises whether or not to require the removal of 
the buildings in connection with the granting of an extension of the lease by 
Swift & Comoany, and whether or not additional land should be secured in this 
"wye" intersection in order to better safeguard traffic at this point. The 
suggestion was made that the company be asked to move its buildings a greater 
distance than is actually required to clear the right of way. After discus- 
sion, the Ingineer was instructed to look into this matter in connection with 
his investigations with respect to the installation of safety signals or 
other protection at this intersection, and render a report thereon, when it 
will be decided whether or not to negotiate with Swift & Company. 


The Engineer reported that in accordance with authority previously 
granted him by the Commission he has ordered a number of surveys since the 
Commission's last meeting. He presented a list of such surveys and asked the 
Commission to confirm his action. After due consideration, Commissioner Tou- 
Velle moved that the State Highway Engineer be authorized and instructed to 
make such surveys on verious sections of highwaysof this state, which said 
sections of highways, together with their identifying survey numbers and the 
amounts authorized and allocated for such surveys, are as follows: 


Plans - - -- - 105-2813 - Mist-Clatskanie Sect., Mist-Clatskanie Sec. High- 
way. lst authorization - $2,390.00 


Plans ~ - - - 6-2815 - Coquille River-Fat Elk Creek Sect., Oregon Coast 
Highway. lst authorization ~ $1,080.00 


Right of Way - - 107-2805 - Prineville—Jefferson County Line Sect., Warm 
Springs Highway. 1st authorization - - $35.00 


Geophysical - 82810 - Arizona Inn Slide Sect., Oregon Coast Highway. 
lst authoritation - - $300.u0 


Right of Way - 8-2805 - Gold Beach Sect., Oregon Coast Highway. 
2nd authorization - $1,050.00 
Total to date $1,200.00 


215-2820 - Neil Creek-Butte Falls Section, County Road, 
Jackson County. lst authorization - $200.00 


17-2802 - Grants Pass-Green Creek Section, Pacific Highway. 
2nd authorization -$1,200.00 
Total to date $3,200.00 


EileNo. Prefix 
~<-- 33-2812 
5B13-7 210-2815 
Br.1937 15-2815 
~<8 20-1909 
--- . 115-2818 
— 2-2810 
5B17-12 1-2810 
5B13-10 20-2818 
oa 20-2826 
5B13-13 9-29-2823 
= iam... eaRO06 
a 1-2805 
5B12-4 208-2807 
ee 26-2831 
Br.2457 135-2807 
Br.2452 18-2820 
8024-6 121-2814 
one 20-2823 
Br.2350 26-2805 
Br.2371 18-2817 
Br.2512 18-2816 
Br.2458 226-2826 


i 


Wasco 


Douglas 
Jackson 
Lane 


Jackson 


Benton 


Baker 
Lane 


Lane 


Tillemook R/W Timber 


Josephine Prepare Plans 


Baker 


Curry 


Multnomah Right of Way 


Wheeler 
Klamath 
Lincoln 


Lane 


Multnomah Bridge Survey 


Klamath 


Klameth 


Multnomah Location 


Type of 


Survey Section 

Quarry & Dufur-Maupin & Wa- 
Stock Pile pinitia-Maupin 

Location Roseburg-Rock Cr. 


Prepare Plans Sardine Cr.Bridge 


Right of Way Lincoln Co. Line- 


Florence 
Prepare Plans Gold Hill-Dodge 
Bridge 
Stock Pile Lincoln Co.Line- 
Site Alsea Mtn. 
Recona. Baker-Middle Br. 


Locat'n & R/W Cottage Grove 


Siuslaw Junct. - 
Ross Station 


Prepare Plans 


Polk Co. Line- 


Tracts Lincoln Co.Line 
Pass Creek- 
Eisman Ranch 
Prepare Plans North Powder- 
Haines 


Location Squaw Creek 


Orient Corner 


Bridge Survey Shoofly Creek 
Log.R.R.Cross. Gilchrist Logging 
Reconn. isuaeteabs 
Glenada—Lane Co- 


Line 
Sullivan Gulch 


Stock Pile 


Grade Sep Klamath Falls 
(Main St.) 
Structure 

293.66 
Fessenden St. 


Overcrossing 


U.S.R.S.Flume i.P. 


Highway 


The Dalles-Cal. 
& Wapinitia 


N. Umpqua (Co.Rd.) 


Pacific 
Oregon Coast 


Sams Valley Sec. 
Alsea 


Baker-Homestead 
Pacific 


Pacific 
Salmon River 
Rogue River 
Loop 
Old Oregon Tr. 
Bagnell Ferry 
(County Rd.) 
Mount Hood 
Service Creek- 
Mitchell 
Across Willan- 
ette 
Siletz Sec. 


Oregon Coast 
Pacific East 


The Dalles-Cal. 
The Dalles-Cal. 


Columbia Blvd. 
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WHEREAS, the State Highway Commission heretofore has author- 
ized and instructed the State Highway Engineer to make surveys on cer- 
tain sections or portions of the highways of the State of Oregon; and 


WHEREAS, pursuant to said authorization the State Highway 
Engineer has made and completed the said surveys and has filed the 
maps and plans of the said surveys in the files of the State Highway 
Commission in Salem, vegon; and 


WHEREAS, the maps and plans of the said surveys have been 
examined by the State Highway Commission and have been found suit- 
able in all respects for approval and adoption by the State Highway 


Commission; 


NOW, THEREFORE, BE IT RESOLVED that the surveys hereinaft- 
er designated and described, together with their identifying loca- 
tion map file numbers, as shown in the map filing records of the 
State Highway Commission in its Salem office, be and they are here- 
by adopted and ap»roved as the location surveys of the various por- 
tions or sections of highway involved: 


File No. Prefix County 


5B12-18 35-2806 


1A6-20 =. 22-2809 


5B12-22) 113-2805 
5B12-23) 
Br. 2486 


Br.2514 135-2807 


20-2824 


Br.2262 20-2808 


4-2817 


5B10-7 122-2808 


5Bl4-17 121-2819 
10-2819 


5813-9 21-2820 


Wheeler 


Type of : 


Kinzua Junction- 
Butte Cr. Ranch 


Albany 
Narrows-South 


Location 
Location 
Prepare Plans Hill Cr. Bridge 


Prepare Plans Little Shoofly 
Creek Bridge 


Vicinity Map Oak Hill Grade 
Sep. 


Wolf Creek- 
Hamlet Junction 


Tie In Sect. 
Corner 


Location Brownsville- 


Crawfordsville 


Right of Way Kernville 


Prepare Plans Rice Hill-Turkey 
Hill 


Scale Site ”* Toledo-Newport 


Right of Way South of Bob Cr. 


Highway 
John Day 


Pacific East 
Frenchglen Sec. 
Pacific 


Service Creek- 
Mitchell Sec. 


Route "F" 
County Rd. 


Wolf Creek 
Halsey-—Sweet 
Home 
Siletz Sec. 
Pacific 
Corvallis- 


Newport 
Oregon Coast 


File No. Prefix 
101-2807 


1-2808 
6=2204 


-- = 


20~1910 
130-2818 
14-2811 
18-2818 
18-2819 
4-2808 
22-2810 
11-2806 


31-2810 
32-2805 

1-2806 
23-2810 
12-2809 
11-2805 
20-2820 


5B8-20 102-2808 


-~-- 10342814 
-- = 20-2821 
--- 20-2822 
5B8-9 36-2810 
5B7-15 36-2808 


County Survey 
Baker Quarry Site 
Baker Quarry Site 
Coos R/W Govt.Cor- 
ners 
Lane Right of Way 
Ymatilla Retrace Center 
Line 
Hood R. Quarry & 
Stock Pile 
Klamath Preliminary 
Klamath Right of Way 
Clatsop Spiral Line 
Linn Make Model 
Gilliam Quarry & 
Stock Pile 
Union Quarry & 
Stock Pile 
Wallowa Quarry & 
. Stock Pile 
Baker & 
wnat oek Pile 
Malheur Quarry & 
Stock Pile 
Grant Quarry & 
Stock Pile 
Gilliam Quarry & 
Stock Pile 
Lane Right of Way 
Benton Location 
Clackamas Location 
Lane Right of Way 
Lane & Grav- 
el Pit 
Yamhill Location 
Yamhill Location 


Type of 


Section 
E.Unit Missouri 
Flat 


Gibbs Ranch-County 
Farn 


Golden & Silver 
Falls Park 

Glenada-Douglas Co. 
Line 

Hermiston-Columbia 
River Hwy. 


Viento~Memaloose 


Lobert-Top Escarp- 
ment 


Klamath Falls-Lake- 


view Junct. 


Arch Cape Tunnel- 
County Line 


Albany Overcrossing 


Heppner Junction- 
stle Rock & 

Heppner Junct.- 
Morrow Co.Line 


Kamela-LaGrande 
Wallowa-Enterprise 
Baker-Durkee 

Snake River Slides 


Forest Boundary- 
Long Creek 


Shuttler Flat- 
Condon 


Sutton Lake- 
Florence 


Monroe-Ferguson 


Wilsonville Ferry 
Approaches 


Tenmile Creek 

Pacific Highway- 
Yale Ranch 

Bellevue-McMinn— 
ville 


McMinnville 


Highway 
Medical Spr.Sec. 
Baker-Unity 
Coos River 
(County Road) 
Oregon Coast 
Hermiston 
Columbia River 
The Dalles-Cal. 
Klamath Falls- 
Lakeview 
Oregon Coast 
Pacific East 


Columbia R. & 
Oregon-Wash. 


Old Oregon Trail 

Wallowa Lake 

Old Oregon Trail 

Old Oregon Trail 

Pendleton—John 
Day 

John Day 

Oregon Coast 

Territorial Sec. 

Hillsboro- 
Woodburn Sec. 

Oregon Coast 

McKenzie 

‘McMinnville- 
Til 


lamook 
Pacific West 
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5B17-13) 
5Bll-1 ) 


5810-18 


229-2820 


20-2801 
4-2815 
36-2812 
21-2813 
21-2812 
36-2813 
114-2809 
12-2802 


5B6-14415 22-2804 


5B10-23 


5B12-7 


8019-12 


-- = 


12-2808 
8-2806 
4-2810 

121-2815 


10-2818 


6-2808 


19-2204 
21-2816 


1-2809 


Columbia 
Lane 
Morrow 
Jackson 
Clatsop 


Tillamook 


Location Rainier 


Quarry & Yale Ranch- 
Stock Pile Alder Springs 
Location Butter Creek Br. 


Prepare Plans Talent-Bear Creek 

Prepare Plans Jewell-iist 

Prepare Plans Three Ceunty Rds. 

Prepare Plans Junction City- 
Eugene 

Stock Piles Clatsop & Tilla- 


mook Counties 
Prepare Plans Lafayette 


Prepare Map Yachats Beach Sand 


Plant 
Right of Way Ocean Lake-Delake 


Location South Yamhill R. 


Prepare Plans Jericho Lane- 
Odell Junction 


Highway 
Columbia River 
McKenzie 
Lexington-Echo 
Pacific 
Nehalem Sec. 
Pacific City, 
Netarts & 
Nehalem East 
Pacific 
Oregon Coast 


Pacific West 


Oregon Coast 
Pacific West 


Hood R. Sec. 


Location Flat Cr.-Mt.Vernon John Day 


Relocation Tangent—Halsey 


Pacific East 


Bridge N.Fork John Day R. John Day 


Stock Pile Curry County 


Bridge N.Fork Nehalem R. 


Oregon Coast 


Oregon Coast 


Right of Way Reed Cr.- Bear Cr. Siletz Sec. 


Prevare Esti- "L" St. ,Reedsport 
mate 
Map City Bandon 


Timber Pre~ Quartz Mountain 
serve 
Quarry Site Eddyville-Burnt 
Woods 


Quarry Site Love Br.-Black Br. 


Umpqua 
Oregon Coast 
Klamath Falls- 


Lakeview 
Corvallis—New- 


port 
Baker-Homestead 
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Dalles Roadside Improvement Project adjacent to the Columbia River Highway in 
Wasco County. The contractors gave no reason for failure to complete the job 
within the specified time limit The Engineer advised that there was no par- 
ticular reason why the contractorscould not have finished this job within the 
specified time and accordingly recommended that the extension of time request- 
ed be granted but that the contractors be charged for the extra engineering 
expense that the state has incurred subsequent to the syecified completion 
date. He presented a letter from the Bureau of Public Roads concurring 
therein. The Commission aporoved the recommendation. 


The Encineer re ortec that Contracts Nos. 1997, 2612, and 2020, for 
the construction of state highway projects, have been completed according to 
the requirements of the contracts or modifications thereof, and that said jobs 
are now ready for acceptance. The following resolution accepting the above 
projects was offered and was adopted by the unanimous vote of the Commission: 


WHEREAS, the Engineer has reported that the following 
State Highway Commission contracts for the construction of state 
highway projects have been completed according to the terms and 
provisions of the contracts and said jobs are now ready for ac- 
ceptance: 


Contract No. 1997, with Mountain States Construc- 
tion Company, for construction of the Southern Pacific 
overcrossing on Coos River Secondary Highway at Bunker 
Hill, in Coos County. Completed March 10, 1958. 


Contract No. 2012, with Mountain States Construc- 
tion Company, for surfacing and furnishing crushed rock 
on the Siletz Secondary Highway, in Lincoln County. Com- 
pleted April 17, 1938. 


Contract No. 2020, with Van Cleave & Van Cleave, for 
The Dalles Roadside Improvement Project on the Columbia 
River Highway, in Wasco County. Completed March l,, 1938. 


THEREFORE, BE IT RESOLVED, that the work covered by said 
state highway contracts for the construction of said state highway 
projects be declared completed according to the terms of the respec- 
tive contracts, and said jobs are hereby accepted and final payment 
in commection with each is hereby authorized. 


The Commission considered and signed agreements, et cetera, as fol- 
lows: 


Easement agreement with the Union Pacific Railroad Com any and 
Multnomah County covering construction and maintenance of a struc- 
ture to carry the proposed Airport Road, Portland, over the main 
line tracks of the 0.W.R.R.& N. Railroad, near Northeast 42nd Ave- 
nue, Portland; 
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Pile Ho, Prefix Comty Peet Section Highway 
5B7-12 104-2809 Clatsop Bridge Walluski River Nehalem Sec. 


--- 29-2819 Tillamook Right of Way Dolph-Three Rivers McMinnville- 
Tillamook 


--- 34-2816 Wash'ton Prepare Plans Forest Grove- Tualatin Valley 
Hilisboro 

--- 9-2810 Deschutes Prepare Plans Horse Ridge- Central Oregon 
Brothers 


--- 224-2807 Marion Right of Way Champoeg-Butteville Champoeg Memorial 


--- 33-2810) Wasco, Quarry & M.P.78.4-100 & 120- Columbia River 
11-2804) Gilliam Stock Pile 136.36 
--- 22-2801 Linn Prepare Plans Lamb Cr.-Glisade Cy.Santiam 
--- 122-1907 Lim Right of Way a oo paral Halsey-Sweet Home 
ey 
--- 22-1906 Linn Right of Way Grade Cn-Storm Cr. Santiam 
--- 6-2812 Coos Stock Pile Regtie OF -Powers Coos Bay-Roseburg 
Cc 
5B7-23 29-2812 Tillamook poonee- & Lo- Hebo-Otis Oregon Coast 
cation 
-~-- 135-2814 Jackson Prepare Plans Crater Lake Hwy.- Little Butte Cr. 
Brownboro 
--- 4-2814 Clatsop Prepare Plans Smiths Point-Youngs Oregon Coast 
Bay Bridge 


_—- 1042813 Douglas Stock Pile © Scottsburg-Drain Umpqua 


-~-- 10-2816 Douglas Stock Pile Mystic Cr.-Roseburg Coos Bay-Roseburg 


--- 19-2812 Lake Retrace Line Antelope Canyon Fremont 

8024-8 92800 Deschutes Reconn. Tumalo McKenzie-Bend 
824-10 16-2805 Jefferson Reconn. Thro' Jefferson Co. The Dalles-Calif, 
5B17-11 18-2813 Klamath Reconn. Chemalt-Modoc Point The Dalles-Calif. 


BE IT FURTHER RESOLVED that the Stete Highway Engineer be and 
he hereby is authorized to make such minor changes in the said lo- 
cations as may improve the standards of alignment and grades not 
inconsistent with the general location of the section of highway in- 
volved. 


The Commission had under consideration the request of contractors 
Van Cleave & Van Cleave for an extension of time from January 31 to March i, 
1938, within which to complete State Highway Contract No. 2020 covering The 
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Portland, Oregon, May 12, 1938 


The State Highway Commission met in regular session at 9:00 o'clock 
a. ms in Room 1201, Benson Hotel. Present were: 


Henry F. Cabell, Chairman 

E. B. Aldrich, Commissioner 

F. L. Tou Velle, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. B, Glaisyer, Secretary 


The Engineer requested authority to acquire certain parcels of real 
property that are needed for various highway improvements throughout the 
state. He submitted a list of such properties and prices that he recommended 
be paid for each. After careful consideration the Commission approved the 
Engineer's request and by unanimous vote 
regard thereto: 


WHEREAS, in connection with the further improvement of 
the highways hereinafter designated, it is and has been necessary 
to acquire »roperty for right of way, quarry sites, gravel or other 
material sites, or sites for the storage of materials, as herein- 
after more definitely set forth; and 


WHEREAS, as a result of negotiations carried on with the 
owners of the property required, options have been obtained, which 
options have been considered by the Commission, outlining the bases 
of settlement which have been agreed upon; and 


WHEREAS, it is the judgment of the Commission that the 
said options should be approved and accepted, and/or the said re- 
ports be declared acceptable to the State Highway Commission as 
bases of settlement for the properties involved and that the ac- 
quisition of the properties should be completed; 


NOW, THEREFORE, BE IT RESOLVED that the several offers, 
or bases of settlement hereinafter enumerated be, and the same 
hereby are, approved and accepted, and that the Attorney for the 
State Highway Commission be, and he hereby is instructed to com- 
plete the acquisition of the said properties and to take title 
thereto in the name of the State of Oregon. The said properties 
hereby ordered and authorized to be acquired are as follows: 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 
Littl 00 Creek Sect: ~ Service Creek-Mitchell Hi 


6044-Keys, Robt. R. 0.73 Lump Sum $15 Chandler 
Pendleton-Adams tion - Oregon-Washington Highy 
5931-Pendleton, City of Gravel Pit 1.05 $23.81 per a. Wells 
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Lease agreement with the Southern Pacific Company providing 
for a 4-month lease of a stockpile site owned by the company in 
Hillsboro, being right of way transaction No. 5929; 


Agreement with the Weyerhaeuser Timber Company providing for 
extension of the term of a certain lease for stockpile site, con- 
taining .51 acre of land, in the B.4 of N.W.t of Section 3, Town- 
ship 40 S., Range 4 E., W. M., Jackson County, for a 10-year pe- 
riod, from December 19, 1938, to December 19, 1948; 


Agreement with Julius Christensen providing for the elimina- 
tion of a certain cattle pass located at Highway Engineer's Sta- 
tion 29450 on the Campbell Bridge-Scholls Section of the Hills- 
boro-Woodburn Secondary Highway, in Washington County, being fur- 
ther described as Bridge No. 140-06,1; 


Agreement with contractor J. F. Jomston providing for the 
painting of certain bridge structures constructed by Mr. Johnston 
on the Jordan Creek Section of the I.0.N. Highway, in Malheur 
County, under State Highway Contract No. 1985; 


Quitclain deed conveying unto Frank Gribbin .8 acre of land 
situate in Lot 5 of Section 33, Township 15 S., Range 47 E., W.M., 
Malheur County, being right of way transaction No. 5568; 


Petition directed to the Secretary of the Interior, Washing- 
ton, D. C., for the acquisition by the state, under the provisions 
of the Recreational Act of June 14, 1926, of a 40-acre tract of 
land described as the N.E.} of the S.W.t of Section 9, Township 
29 S., Range 8 W., W.M., Douglas County; 


Agreement with contractor Homer G. Jomson relating to his 
coutract with the State Highway Commission for the construction 
of the Enterprise-Joseph Section of the Waliowa Lake Highway, in 
Wallowa County, Contract No. 1797. 

The Commission set Thursday, May 12, as the date for its next regu- 
lar meeting for the consideration of special matters and the disposal of ac~ 
cumulated routine matters. The Commission also set Thursday and Friday, June 
2 and 3, as the dates for its regular meeting in June for receiving bids for 
highway construction projects. The Secretary was instructed to make the usu- 
al arrangements for these meetings. 


There being no further business to come before the Commission at 
this time, the meeting was adjourned at 5:00 o'clock p. m. 


Cha 
= ’ 
2 Ets Cit de. if 
State Highway Engineer ~ 
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Secretary Commissioner 
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Section, Hwy., and Owmer Purpose Acres Approximate Amount Agent 


em-| ion - Pacific Hi East 
5763-Stolzheise. P. F. 9932 sq.ft. 1 3/4¢ sq.ft. McCallister 
5764-Stonebrink, N.H. et al * 17337" " 1 3/4é sq.ft.+ $103 " 


ondon-Fi 1 Section - Joh Da hwa: 
6045-Greiner, B. F. Stock Pile 0.66 Land $25, + $5 


Butte Creek on - John Highwa: 
6055-Butte Creek Land, Live- 
stock & Lumber Co. ® 0.38 $5 per a. + $6 + Willians 
fencing 


Scotts Butte-Blue Mountain ene on - 1.0.N. Highway 
5809-Mutter, Martha J. 1.35 $8.70 per a. Wells 


Sherman County Section - Sherman Highway 
5534-Moore, E. H. Stock Pile 0.50 Land $20, + $5 McChesney 


Interstate Avenue Section - Interstate Avenue H 
5065-Montag, F. P. R/W 5000 sq.ft. Lump Sum $1500 Benson 


5381-Brow, Wade . 35" ™ Lump Sum $10 + recon- 
struction concrete 

wall 
5063-Sanborn, Frank C. 5000 sq.ft. Lump Sum $2000 


mbard— sworth Section ~ Nort + Portland Highwa: 
574,3-Ugarkovic, Anna 1966. 5sq.ft.2¢ sq/ft. + $10 
5666-Flynn, H. L. ft. 2¢ sq.ft. 
5441-Barnes, Doris M. " " 2¢ sq.ft. + $90 
5494-Jarvis, Martin n 2¢ sq.ft. 
5565-Bonwell, Wn. n 2¢ sq.ft. 
5493-Burgard, Ernest C. uo" " 2¢ sq.ft. + moving 
house, garage (Est.at $425) 
544,0-Gaither, Forest H. 4573 sq.ft. 2f sq.ft. + $70 
5438-Gancin, Jom 2480" " 2¢ sq.ft. + $50 
5813-Poplar, Wm. 15568" " 2¢ sq.ft. + $338 + mov- 
ing bldgs. (Est. at $250) 
5421-Hafner, R. A. 14790 sq.ft. 3¢ sq.ft. + es 
5410-Hahn, Conrad 1381" " 7 sq.ft. + 9965 
5443-Nelson, Sybil G. 13160" " 2¢ sq.ft,+ $52.50 
5437-Foster, Lola 0. et al 1.717 $871.20 per 4. 
54,39-Chandler Building Co. 3547 sq.ft. 2¢ sq.ft. + $70 
544,3A-Gustafson, Leonard Urcel 19450 " 2g sq.ft. 
5444-Nelson, Victor (Correct'n) 13150 " Taump Sum. 91200 
5445-Beck, Eugene 12536 " af sq.ft.+ $100 + mov- 
ing (Est. at $250) 
5515-Press, A. E. 0.082 $871.20 (2¢) + $30 
5566-Tanner, Maude M. 17493 sq.ft. 2f sq.ft. + $346.23 
($325 + 1937 and 1938 
taxes - approx.$21.23)" 
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Section, Hwy., and Owner Purpose Acrés Approximate Amount Agent 
Warren Section ~ Columbia River Highway 


5921-Northern Pacific ey Co. Lump Sum $10 Collins 
R/W Slope Easement 


ad -Warren Section — Columbia River Hi 

Kister, Wm R/i 24,39 73 sq. ft. ss se. sq.ft. McChesney 
Baker-Flagstaff Hill Section — Baker—Home 

5988-Montgomery, T.G. R/W $100 per a. + $167 Wells 


1.05 

5975-Duncan, Lee A. Gravel Pit 2.71 $125 per a. + $69 e 
5981-Rovinsen, W. J. 0.02 Lump Sum $10 " 
5979-Prowell, J. E. " 0.01 Lump Sum $15 " 
5985-Roberts,Amanda Hudson n 0.34 $100 per a. + 490 " 
5985A-Roberis,W. B. " 0.34 $100 per a. + $80 0 
59'/8-Voruz,Fmma -Gust Gekas- " 0.45 $100 per a. + $112.50 " 
5977-Lloyd, R. C. " 1.20 0.13 a. at $100 per a. 


1.07 a. at $10 per+ $7.50 
plus moving fence Wells 


Fox Creek-Fore ary Section - Pendleton-John Day Hi 

5994-Schouten, Richard it 5.06 1.0 a. at a. 
1.0 a. at $25.CO 
3.06 a. at $5.00 + 


$607.25 McChesney 
5998-Simmons, Harve 1.8% $25 per a.t $245 " 
5996-Hiatt, Fannie J. " 1.61 1.0 a. at $25 
0.61 a. at $5 pert+$227 " 
5997-Hiatt, Jason CG. " 1.75 $5 per a.t $166.50 " 
5995-Hiatt, W. E. f 2.13 1.13 a. at $25 


1.0 a. at $5 per + $355 " 
5993-Carson, Geo. G. " 8.62 3.0 a. at $25 


5.62 a.at $5 per + $755 " 


Lebanon-Sweet Home Section - Santiam Highway 
6003-Linn County Stock Pile 1.25 $140 per a. Collins 


rownsville Section - Halse ect Home Hi. 
5963-Amon, W. A. 1170 sq.ft.$0.0316 sq.ft.+ $3 Collins 


5947-Montgomery, Hugh L. " 21867" " $0.915 sq.ft.+ $75 w 
§951-Stanturf, Harold H. La 492" “- Lump Sum $5 ® 
5952-Paden, Elizabeth M. bed 19215 " " $0.0122 sq.ft. + $65 " 
5957-Hayes, James E. " 12288" ™ §$0,.0195 sq.ft. + $160 " 
5956-Kumler, B. T. . 18494" " $0.026 sq.ft. + As * 
5964-Ferrell, J. H. " 0.06 $183.33 per a. + $9 " 
5953-Baker, Mary J. n 22502 sq: ft.at 2¢ sq.ft. + $65 « 
5948-Green, Jessie I. : 57" " Gratis + $100 n 
5954-Robe, Elbert Scott " 3700 " © 2¢ sq.ft. + $101 
5946-Beatty, Laura R. " 0.83 $451.80 per a.+ $561 


+ moving bidgs.& level- 
ing lot (Est. at $1200) " 


5 ate 


WHEREAS, tne State Higaway Commission is by law author- 
ized and directed to lay out, locate, designate, construct, im- 
prove, and maintain a system of state highways in the State of Ore- 
gon, and to acquire rights of way and to declare the necessity and 
need for the acquisition thereof, and the advantages to be gained 
thereby ; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission as follows: 


1. That the State Highway Commission does hereby find 
and declare that it is necessary and will ve of advantage to the 
State of Oregon and there is need that the State acquire for right 
of way purposes in connection with the permanent location, con- 
struction, improvement, and maintenance of the following section 
or sections of the state highway system of the State of Oregon, to 
wits 


Lombard Street-Killingsworth Street Section of the North- 
east Portland Highway 

Brownsville Section of the Halsey-Sweet Home Highway 

Interstate Avenue-Denver Avenue Section of the Pacific 
Highway West 

Narrows-Coyote Flat Section of the Frenchglen Highway 

Fox-Forest Boundary Section of the Pendleton-John Day Highway 


land and property owned by or in possession of the following parties 
and/or persons, to wits 


Lombard Street-Killingsworth Street Section of the Northeast 
Portland Highway 
The Raleigh Chinn Company 
George H. Albright and George H. Grahan 
Beatrice Decker 
Brownsville Section of the Halsey-Sweet Home Highway 
George W. McKinney 
Interstate Avenue-Denver Avenue Section of the Pacific High- 
way West 
Laura Beer 
Ada B. Toft 
Narrows-Coyote Flat Section of the Frenchglen Highway 
School District No. 9 
Fox-Forest Boundary Section of the Pendleton-John Day Highway 
Albert McGirr 


as their respective interests may appear, and this Commission does 
hereby declare further that the said property or properties are nec- 
essary, are needful, and the acquisition thereof will be of advan- 
tage to the State of Oregon for right of way purposes in order to 
make it possible for the State Highway Commission to properly lo- 
cate, construct, and maintain said portion or portions of the said 
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Section, Hwy., and Owner Purpose Acres Approximate Amount Agent 


fencing s 
Gardiner 


Stiffler 


Improvement Co. Station é&Gravel 
Pit Site 


The Attorney requested authority to condemn certain parcels of real 
property that ere needed for various highway improvements in the event he is 
unable to reach satisfactory settlements by negotiation. He presented a list 
of such properties, as follows, with prices demanded by the owners and the 
velues placed thereon by the Highway Commission's appraisers: 


Price Price Recom- 


File Demanded mended by 
No. e Purpose Section Owner e 
Horibeest Foreland Eisley. 
5418-Raleigh Chinn Co. Lombard-Killingsworth Not found $300.00 
545l1-Albright, Geo. H. " ba " ba bd 61.02 
& Graham, Geo. H. 
6056-Decker, Beatrice ® ® " $450.00 125.00 
et Home 
5955-McKinney, Geo. ¥. R/W Brownsville Not found $954.16 
5949-McKinney, Julius W. " bd ® " 279.52 
5950-Sawyer, Mary E. . * Not quoted 815.00 
Paci*ic Highway West 
5077-Beer, Laura R/W Interstate Ave.-Denver Ave. Not found $1050.00 
5078-Toft, Ada B., bd . " " " $1000.00 787.50 
Murphy, E. G. 
Frenchglen Highway 
§462~School Dist. #9 R/W Nerrows-Coyote Flat Sch.Clerk $10-$25 


killed 
Pendleton—John Day ones, 
5999-McGirr, Albert i Fox-Forest Boundary Not quoted $375.00 


The Commission approved the aporeised values of the several parcels 
as reported, and authorized condemnation in the event che properties cannot 
be acquired otherwise. The following resolution in regard thereto was adopt- 
ed by the Commission by unanimous vote. 
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authorized the Attorney to negotiate with the County Court for the acquisi- 
tion of the same. 


The Assistant Attorney reported that Beckman and Galey, attorneys 
at law, 307 Corbett Building, Portland, have made 4 request on behalf of their 
clients, Charles E. and Elizabeth Wood, for the consent of the State Highway 
Commission to the vacation of a public road abutting on Block E of Rosewood 
Acres near the Cook Overcrossing on the West Portland-Hubbard Highway. After 
consideration the Commission instructed that such consent would be given pro- 
vided Charles E. and Elizabeth Wood execute to the State Highway Commission 
a complete waiver and release of access to the West Portland—Hubbard Highway 
abutting on the portion of roadway proposed to be vacated. The Secretary was 
thereupon authorized by the Commission to sign the waiver providing for the 
vacation of such roadway. 


A letter was presented from Mr. N. Hogan, President of the 
Reedsport Garage, Reedsport, giving as his understanding that the Highway Com- 
mission proposes to widen the Umpqua Highway in Reedsport, which will take 
approximately 20 feet off the front of his garage building and will complete- 
ly change the show room, parts room, and other things important to the bus- 
iness. He also said that it would be to their advantage to make these chang- 
es now, notwithstanding that the Highway Commission does not propose to re- 
construct the highway until next year, and suggested an agreement with the 
Highway Commission at this time relative to the right of way. He further 
stated that it would not be necessary for the Commission to pay for the ex- 
tra right of way until such time as the balance of the right of way for this 
proposed widening work is acquired. The Attorney and the Engineer recom- 
mended acceptance of Mr. Hogun‘s offer. The Commission, after discussion, 
approved the recommendation by unanimous vote. 


The Commission considered a letter from James and Katherine Sans- 
bury, Gleneden Beach, Oregon, urging the immediate construction of the pro- 
posed revision of the Oregon Coast Highway through the Gleneden Beach dis- 
trict, or a decision by the Commission to retain the highway in its present 
location, so that definite plans for the development of property in this lo- 
cation may proceed. The Commission ordered that Mr. Sansbury be informed 
that the Commission has definitely adopted the new route but cannot con- 
struet the same now on account of shortuge of funds to finance the work. 


The Attorney reported the results of the condemnation case for the 
acquisition of land on both sides of the Oregon Coast Highway at the north 
end of the Alsea Bay Bridge, said property being owned by Mr. Frank Hilton, 
Portland. It appears that through misrepresentation on the part of certain 
witnesses, the jury in the case set a value of $9,100 for this property, 
which amount, in the Attorney's estimation, is considerably more than the 
property is worth. The Commission reluctantly authorized payment of such sum 
to Mr. Hilton. 


The Attorney then reported that Mr. Hilton considers that he did 
not receive a fair amount from the jury, and accordingly is asking the Commis- 
sion to relinquish to him that portion of the property that lies on the east 
side of the highway. The Commission denied the request by unanimous vote. 
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state highway system in accordance with standards adopted by this 
Commission relative to curvature, grades, alignment, drainage, and 
factors of safety. 


2. That the State Highway Engineer be and he hereby 
is instructed and directed to properly survey the parcel or parcels 
of land required for such right of way purposes and prepare proper 
and adequate descriptions thereof, which descriptions shall be em- 
ployed in the preparation of a deed or deeds or other instrument or 
instruments necessary to complete the acquisition of the said prop- 
erty or properties or which descriptions may be used in the prepa- 
ration of a complaint in the event thut condemnation proceedings 
are necessary. 


3. That the boundaries of the said parcel or parcels 
of land, as defined and determined by the said survey made by the 
said Highway Engineer, along the route or location adopted by the 
Highwey Commission, shall be and the same hereby ure adopted and 
the lands defined therein are hereby declared to be amd the same 
are included within the rights of way of the said portion or por- 
tions of the said state highway system and hereby are declared to 
be necessary for the proper location, improvement, construction, 
and maintenance of the said portion or portions of the state high- 
way system. P 


4» That I. H. Van Winkle, Attorney General of the 
State of Oregon, and J. M. Devers, Assistant Attorney General and 
Attorney for the State Highway Commission, be and they are hereby 
requested, authorized, and directed to attempt to agree with the 
owner or owners and/or with the tenants or persons in possession, 
if there be any, of said parcel or parcels of land with respect to 
the compensation to be paid for the taking of the same, and the dam- 
age, if there be any, and in the event that no satisfactory agree- 
ment or agreements can be reached, then it is hereby further re- 
solved that the Attorney General of the State of Oregon, and J. M. 
Devers, Assistant Attorney General and Attorney for the State High- 
way Commission, be and they hereby are requested to commence and 
prosecute to a final determination such suit or action, or suits or 
actions, as may be necessary and appropriate to acquire title to 
the said premises and all rights therein for the purposes herein 
stated. 


5. That this resolution be entered in full in the 
minutes and records of this Commission. 


The matter of enlarging the headquarters site at Burns had the at- 
tention of the Commission. The Engineer advised that additional space is 
needed, and recommended the purchase of a number of lots located directly 
across the street from the present headquarters, which, he believed, could 
be acquired from Harney County for approximately $1000. The Commission 
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Engineer H. Tamblyn, came before the Commission in regard to the Federal Aid 
Secondary Highway Construction Program in Morrow County. They advised that 
the program as promulgated by the Highway Commission for Morrow County does 
not meet with their approval inasmuch as it does not provide for the recon- 
struction of the Wasco-Heppner Secondary Highway for the full distance be- 
tween Heppner and Rhea Creek, which is the section that they particularly 
asked the Commission to include in such program. They stated further that not 
only does the Commission's program provide for the construction of only about 
one~half of this section but it also provides that the work is to be done in 
1939 rather than in 1938, which is contrary to their expectations and wishes 
because the road is badly in need of repair and the county does not have funds 
with which to finance the work. They advised that this road is the most im- 
portant secondary highway in Morrow County; in fact, in their estimation, is 
even more important than the Oregon-Washington Highway east of Heppner. They 
gave as their thought that Morrow County is entitled to this improvement be- 
cause of its importance and because it is the only road in the county, other 
than the Columbia River Highway, that is eligible for Federal Aid funds. 


Chairman Cabell advised that the Commission spent a lot of time and 
study in the selection of projects for the Federal Aid Secondary Highwey Pro- 
gram and did not decide definitely which projects to include therein until it 
had discussed the matter with the respective county courts; further, that the 
Commission did the best it could with the funds available; and, while some 
mistakes may have been made in its selections, it is now too late to make any 
changes because to do so would simply mean disrupting the entire program. 


Commissioner Aldrich concurred in the remarks of Chairman Cabell 
and added that, while it does not seem possible to undertake this project 
this year, it is his suggestion that the Commission give the project priority 
in next year's construction program, provided Congress passes the appropria- 
tion bill authorizing the 1940-41 Federal Aid Funds. Chairman Cabell indi- 
cated his approval of the suggestion and advised that, while it is out of or- 
der to change the present program, the Commission will consider advancing the 
1939 construction somewhat and the allocating of some of the 1940-41 Federal 
Aid moneys to this job if they materialize so as to insure completion of the 
entire project in 1939 if possible. He made it clear that the Commission is 
making no promises to that effect but is simply stating its willingness to 
give the matter consideration. He pointed out the possibilities of changes 
in the personnel of the Commission in the interim, and the reluctance of the 
Commission to commit its successors. This concluded the conference. 


Mr. Gus E. Carlson, Transportation Consultant, Portland, appeared 
before the Commission in behalf of the Roseburg Chamber of Commerce, in re- 
gard to the canalization of the Umpqua River between Scottsburg and Roseburg. 
He advised that the United States War Department proposes to hold 4 special 
hearing in Roseburg on June 10 in regard to this mattex for the purpose of se- 
curing testimony to determine whether or not the Umpqua River could be made 
navigable, either by open river channel work or sy the construction of locks 
and dams, and the Roseburg Chamber of Commerce would appreciate it if the 
State Highway Commission would send a representative to this hearing to give 
information relative to the Highway Commission's concern and interest in this 
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The Attorney read a letter from Mr. Custer Ross, attorney, Salem, 
in behalf of Mrs. Charles K. Spaulding, in regard to the property that the 
Commission is acquiring from Mrs. Spaulding for right of way for a revision 
of the Salem-Dayton Secondary State Highway, in Polk County, wherein he states 
that Mrs. Spaulding demands the sum of $3000 for the right of way, in addition 
to the construction of a roadway from the new highway to her farm residence. 
He recalled that the Commission previously authorized him to offer Mrs. Spauld- 
ing $2500 for the property and to agree to build the side road to her resi- 
dence, but he has since had the property appraised by three appraisers from 
the Salem Realty Board, who value the property at $2650. After some discus- 
sion the Commission authorized settlement with Mrs. Spaulding for the sum of 
$2750 in addition to the building of the road, The Attorney was instructed 
to condemn the property in the event that such offer is refused. 


The State Parks Superintendent, Mr. S. H. Boardman, was present and 
requested authority to acquire an 80-acre addition to Silver Falls State Park, 
Marion County, being described as the E.4 of the S.W.d of Sec. 14, T. & S.; 
R. 1 E., W. M., and being owned by Gary Neal. It appearing to the Commission 
that the acquisition of this tract is necessary for the proper development 
and maintenance of the present parks the request was approved by unanimous 
vote. 


The Engineer reported briefly on the following surveys: 
Reconnaissance survey, Butte Creek Summit Section of the John Day Highway; 
Reconnaissance survey, Horse Ridge Section of Central Oregon Highway ; 


Location Survey of McMinnville-Tillamook Highway between McMinnville and 
Valley Junction; 


Location survey of Pacific Highway West between Whiteson and Dayton; 


Location survey for St. Joe Undercrossing on Pacific Highway West, near 
McMinnville; 


Preliminary location survey of Pacific Highway between Oakland and 
Roseburg. 


After discussion, the Commission tentatively spproved the reports 
subject to further study at a later date. 


The Assistant Attorney reported the status of the right of way bud- 
get. He said that the Commission previously budgeted the sum of $450,000 for 
the acquisition of right of way, et cetera, during 1938, and that it now ap- 
pears that such amount will not be sufficient for the purpose if the Commis- 
sion authorizes additional projects requiring right of way. The Commission 
took the matter under advisement. 


The County Court of Morrow County, consisting of County Judge Bert 
Johnson and County Commissioners Roy Neill and George N. Peck; also County 
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funds with which to match federal appropriations for highway con- 
struction in Oregon; and 


WHEREAS, the issuance and sale at this time of $750,000 
par value Oregon State Highway bonds for the purposes herein stated 
is and will be for the good of the state and will more efficiently 
and adequately promote highway construction by providing funds with 
which to meet the current expenses of the Highway Department, permit 
the payment to the counties of the said sum of $800,000, and re- 
lease and make available current funds with which to match funds 
made available by the Federal Government, and otherwise carry out 
the provisions of the laws of the State of Oregon with respect to 
state highway construction, and provide also funds with which to 
pay interest and principal upon bonded highway indebtedness when 
the same become due; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission of the State of Oregon, all members being 
present and affirmatively voting, as follows: 


1. That there be issued and sold for the purpose of pro- 
viding funds with which to pay interest and principal upon bonded 
indebtedness and to pay the several amounts due the several coun- 
ties out of highway revenues, and for the purpose of more efficient- 
ly and adequately promoting highway construction, $750,000 par value 
Oregon State Highway bonds to be dated July 1, 1938, and to mature 
March 1, 1939, but to be redeemable in numerical order at the pleasure 
of the State of Oregon upon payment of the par value of said bonds 
and accrued intevest thereon on January 2, 1939, and/or at the op- 
tion of the State of Oregon at any date subsequent thereto and prior 
to the first day of March, 1939, by giving thirty days' published 
notice of intended redemption as provided in Chapter 71, Oregon 
Laws, 1937; said bonds to be numbered consecutively, beginning with 
number 14591 and ending with number 14665; to be in denominations 
of $10,000 each and to bear interest payable October 1, 1938, and 
March 1, 1939, or at the time of redemption if called for redemptionn 
before maturity, at a rete to be specified by the purchaser of said 
bonds; to be registered as to principal at the option of the holder 
in the office of the State Treasurer at Salem, Oregon, by appro- 
priate endorsement thereon signifying the ownership thereof; to be 
payable both as to principal of and interest on said bonds to the 
purchaser thereof at said office of the State Treasurer; to be in 
printed form both as to the bonds and as to the interest coupons 
annexed thereto, 


2. That said bonds hereby authorized and the interest 
coupons attached thereto shall be in substantially the following 
form, subject, however, to completion through execution of the bonds 
by the Governo: of the State of Oregon, the Secretary of State of 
the State of Oregon, and the Treasurer of the State of Oregon by 
their signing the bonds in the spaces provided therein for their 
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undertaking. He urged the Commission to support the Roseburg Chamber of Com- 
merce in this matter in a program of general development of highways and water- 
ways. 


Chairman Cabell advised that he did not believe that the Commission 
is sufficiently concerned in the matter to have a representative at the hear- 
ing; furthermore, he did not believe that the Commission should become in- 
volved in arguments of this kind because of the precedent that would thereby 
be established. After further discussion, Mr. Carlson asked the Commission 
for a letter stating the Commission's position in the matter and also stating 
that the Commission has no objection to the canalization of this river. The 
question arose whether or not the writing of such letter would place the High- 
way Commission in an undesirable position. It was finally decided to leave 
the matter to the Engineer for further study, with authority to write such 
letter in the event that he considers it advisable and proper to do so. 


The Commission adjourned at 12:15 o'clock p. m. and reconvened at 
1:30 o'clock p.m. in the same room, with all Commissioners, the State High- 
way Engineer, the Attorney, and the Secretary present. 


The Commission had under consideration the matter of the sale of 
$750,000 short-term state highway bonds to provide for financing 4 normal 
highway construction program during the latter half of the year 1938, and to 
meet other current demands on the state highway fund. After full considera- 
tion of the said matter Commissioner Aldrich moved and Commissioner Tou Velle 
seconded the adoption of the following resolution, which motion having been 
put to vote by the Chairman received the unanimous vote of the Vommission and 
was by tne Chairman declared carried, to wit: 


WHEREAS, there will mature on the first day of October, 
1938, $1,000,000 par value Oregon State Highway bonds of the State 
of Oregon, and the sum of $422,948.38 in interest upon all of the 
outstanding Oregon State Highway bonds will be due on said date; 
and 


WHEREAS, there has been made available by the Federal Gov- 
ernment to the State of Oregon for highway construction during the 
year 1938 the sum of $3,200,000, which said federal appropriation 
must, if obtained by the State of Oregon, be matched by $2,000,000 
of state money; and 


WHEREAS, there will be due and payable to the several 
counties of the state on the fifteenth day of July, 1938, $800,000 
which said sum of money will be drawn out of the state highway fund; 
and 


WHEREAS, current revenues are and will be inadequate to 
provide for normal highway construction and maintenance during the 
period from July 15, 1938, to March 1, 1939, and to at the same 
time provide sufficient funds to pay when due the said bonded in- 
debtedness, both principal and interest, and provide likewise for 
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particular Article XI, Section 7, of the said constitution, and 
Chapter VIII, Title XLIV, Oregon Code 1930, as amended by Section 
44-809, Oregon Code 1935 Supplement, and Chapter 71, Oregon Laws, 
1937. 


The faith and credit of the State of Oregon hereby are 
irrevocably pledged for the punctual payment of the interest on 
and redemption of the principal of this bond as the same become 
due and payable as aforesaid. 


IN TESTIMONY WHEREOF, the State of Oregon has caused this 
bond to be signed by the Governor, the Secretary of State, and the 
State Treasurer, and sealed with the seal of the State of Oregon, 
and on the coupons evidencing the interest to become due thereon or 
for each installment of such interest there shall be printed the 
facsimile of the signatures of said officers, all as of the 
day of » 1938. 


Governor 
Secretary of State 


State Treasurer 


COUPON 
No. $ 
On the day of » 193_, the State 
of Oregon will pay to the bearer at the office of the Treasurer of 
the State of Oregon the sum of 


in any coin or currency which at the time of payment is legal ten- 
der for public and private debts within the United States of America, 
in payment of three months’ interest then due upon Oregon State High- 
way Bond, Series 3, No. » dated 3 
provided that, if said bond shall have been sooner called or redeemed, 
this coupon shall be void. 


Governor 


ea Oe ee ee oe a se 
State Treasurer Secretary of State 


3. That the Secretary of the Commission cause the said 
bonds to be advertised for sale for a price not less than par value 
and accrued interest in one issue of each of the following newspa- 
pers: The Oregonian, Oregon Journal, and News-Telegram, each of 
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signatures and through the affixing tc the said bonds by the Secre- 
tary of State of the seal of the State of Oregon, with the printed 
facsimile of the signatures of said officers on the coupons at- 
tached thereto, to wit: 


No. 


$10,000 UNITED STATES OF AMERICA $10,000 
OREGON STATE HIGHWAY 
SERIES THREE 
Per Cent Bond 


KNOW ALL MEN BY THESE PRESENTS: That the State of Oregon 
acknowledges itself to owe and for value received hereby promises to 
pay to bearer hereof the principal sum of 


TEN THOUSAND DOLLARS 


on the first cay of March, 1939, together with interest on said sum 
from the date hereof until paid, at the rate of per centum 
per annum payable October 1, 1938, and March 1, 1939, as evidenced 
by and upon the presentation and surrender of the interest coupons 
hereto attached as the said coupons become due; and both the princi- 
pal hereof and the interest hereon are hereby made payable at the 
office of the Treasurer of the State of Oregon at Salem, Oregon, in 
any coin or currency which at the time of payment is legal tender 
for public and private debts within the United States. This bond 
if registered in the office of the State Treasurer will be payable 
both as to interest on and principal thereof to the owner thereof 
as shown by the record of registration thereof in said office, but 
if not registered, shall be payable to the holder thereof. 


The State of Oregon hereby expressly reserves the right 
to redeem this bond on January 2, 1939, or at a date subsequent 
thereto, pursuant to notice of intended redemption given at least 
thirty days prior to the said redemption date by publication of 
said notice in one issue of each of the following newspapers: The 
Oregonian, Oregon Journal, and News-Telegram, each of which pub- 
lications is a newspaper of general circulation printed and pub- 
lished within the City of Portland, County of Multnomeh, State of 
Oregon, and one such notice in the Capital Journal and the Oregon 
Statesman, each of which publications is a newspaper of general 
circulation printed and published within the City of Salem, Marion 
County, State of Oregon; and upon the exercise of said option, in~ 
terest hereon shall cease -3 of the redemption date specified in 
said notice. 


This bond, together with the remaining bonds of this is- 
sue, aggregating $750,000, is issued by the State of Oregon under 
and by virtue of, and in all respects in full and strict compliance 
with, the constitution and laws of the State of Oregon, and in 
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of the checks will not prejudice their bids in any way. Further, that the 
Commission has deferred the designation of the successful bidder until it ob- 
tains the opinion of the Attorney General, but contemplates taking final ac- 
tion on the matter at its Jume 2 meeting. Chairman Cabell publicly announced 
such decision of the Commission in this matter later in the session in the 
presence of representatives of several of the insurance companies who submit— 
ted bids for this business. 


Consideration was given by the Coumission to a request of the firm 
of Anderson and Umlett, Newport, for serwission to transport three 60-foot 
timbers over the Oregon Coast Hirhwey from Newport to Kernville, the overall 
length being 70 fect. It was explained that these timbers are needed in con- 
nection with dredging operations in the Siletz River and it is impossible to 
secure them from any source that would obviate the necessity of transporting 
them over the highway. The Engineer gave as his thought, in view of the cir- 
cumstances, that the permit should be granted subject to the condition that 
the movement be properly flagged as a traffic safeguard, and he so recommend- 
ed. The Commission approved the recommendation by unanimous vote, with the 
stipulation, however, that it is not to be considered as a precedent but 
simply as a special emergency dispensation. 


The Engineer reported a satisfactory solution of the siphon matter 
in the tow of John Day, concerning which a complaint was received by the 
Commission at a previous meeting. He said that Mr. Ira G. Boyce, principal 
owner of the ditch and siphon, has agreed to the extension of another pipe 
line a short distance from the existing one, which will eliminate the need 
for the siphon and will dispose of the matter much more satisfactorily from 
the state's standpoint than if the siphon were left in place with corrective 
measures. The Commission approved the report. 


The Engineer reported the cost to construct bridle paths along 
certain highways in the vicinity of the Portland Hunt Club just west of Port- 
land. He said that the Hunt Club wants bridle paths along Scholls Secondary 
Highway and the Beaverton-Aurore Secondary Highway, and that investigation 
reveals that such work would require considerable excavation and the acquisi- 
tion of additional right of way end that the total cost of the work, exclu- 
sive of right of way costs, is estimated at approximately 91000. He recom- 
mended that the request be denied because of the shortage of funds with 
which to finance the same, it being his thought that it would be poor psy- 
chology to do this work in view of the present financial stringeney. The 
Commission approved the recommendation. 


The status of right of way for the Central Oregon Highway, in Mal- 
heur County, had the attention of the Coumission. According to a report 
from Division Eugineer W. C. Williams, it appears that Malheur County failed 
to obtain certain right of way for this highway and that a lr. A. R. Hol- 
lingshead, of Harper, has now acquired some of the properties over which the 
highway is constructed and has threatened to barricade the highway and to 
prohibit its use by the general public without the payment of a toll. The 
Engineer advised that he has already issued instructions to the Division En- 
gineer to investigate the right of way situation in this vicinity with a view 
to bringingto the attention of the County Court the necessity to acquire the 
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which publications is a newspaper of general circulation printed 
and published within the City of Portland, County of Multnomah, 
State of Oregon, and one such notice in the Capital Journal and the 
Oregon Statesman, each of which publications is a newspaper of gen- 
eral circulation printed and published within the City of Salen,: 
Marion County, State of Oregon, the said advertisement to provide 
that a certified check in the sum of $10,000 shall be deposited as 
a good faith deposit with each bid for the entire issue of said 
bonds, and if less than the entire issue, the bid shall be for not 
less than $100,000 of such issue and a certified check in e sum 
equal to two per cent of the bid shall be deposited as a good faith 
deposit with suc bid. 


4. That the Governor and the Secretary of State and the 
State Treasurer be and they hereby are authorized and requested to 
execute the said bonds by signing them under the seal of the State 
of Oregon, and upon the coupons evidencing the interest to become 
due thereon or for each installment of such interest there shall be 
printed the facsimile of the signatures of said officers, and the 
State Treasurer be and he hereby is authorized at the option of the 
purchaser to register said bonds as to principal only in his office 
and to make certificate to that effect upon the bonds, as provided 
in Section 44-804, Oregon Code 1930, and to deliver said bonds to 
the purchaser thereof after the date of sale and execution and seal- 
ing thereof upon payment of the rrincipal thereof and the accrued 
interest thereon, if any. 


The Commission also had under consideration the bids received on 
April 28, 1938, for the furnishing of a fidelity bond covering certain High- 
way Department employees. A tabulation of such bids revealed that the bid of 
the Ohio Casualty Insurance Company was the low one, Metsger-Parker Agency, 
agents, Portland, at $372.30 annual premium, and $1,116.90 premium on a 3- 
year basis. The next low bid was that submitted by the Glens Falls Indemity 
Company (Jewett, Barton, Leavy & Kern, agents, Portland) at $401.50 annual 
premium, and $1,204.50 premium on a 3-year basis. There were 120 additional 
bids received, all of which were on the basis of an annual premium of $584.00 
and a premium of $1,635.20 on a 3-year basis. 


Inspection of the bids revealed that those of the Ohio Casualty In- 
surance Company and the Glens Falls Indemity Company were submitted on the 
theory that Highway Department employees are not considered by the state's 
Attorney General as public officials. The remaining bids were submitted on 
the basis that such employees are considered public officials and accordingly 
carry a higher rate. In view of this condition, the Commission decided to de- 
fer the selection of the successful bidder pending receipt of a written opin- 
ion from the Attorney General as to the status of the Highway Deoartment em- 
ployees in this regard. The Attorney was instructed to secure such opinion 
for consideration by the Commission at its next regular meeting. The Secre- 
tary was instructed to return to the respective bidders the proposal checks 
submitted by them with their bids and to advise such bidders that the return 
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In the discussion of this matter it was brought out that a dangerous 
condition exists at the intersection of Slavin Road and Barbur Boulevard be- 
cause of the heavy traffic on the latter and the steepness of the grade on 
Slavin Road. The Engineer gave as his thought that a traffic signal should 
be installed at this intersection and suggested that this would be a good 
place to try out one of the traffic-actuated magnetic types. The Commission 
approved the suggestion by unanimous vote and authorized installation of the 
signal. The Commission also authorized and instructed the Engineer to have 
further investigation made to determine what can be done to improve the grade 
of Slavin Road between Barbur Boulevard and Terwilliger Boulevard. A report 
on this matter is to be rendered as soon as it is convenient to have the in- 
vestigation made. 


The Commission considered and ordered filed a report from the State 
Parks Superintendent on the number of automobiles that visited the state 
parks along the Oregon Coast Highway between Yachats and Boiler Bay during 
the week ending Saturday, May 7, 1938. The report indicates that a total of 
6,510 cars visited these parks during this period. 


A letter was presented from 5. J. Hash, Mayor of Canyonville, Ore- 
gon, requesting the oiling of the shoulders adjacent to the pavement along 
the Pacific Highway through Canyonville. The Engineer advised that the high- 
way right of way through this town is 80 feet wide and that to oil the strips 
adjacent to the pavement would require the placement of approximately 8,500 
square yards of 0.9 specification material and that the project would cost 
about $2,125. He said that the dust condition in this town is very bad during 
the summer season and particularly so because this place offers the first op- 
portunity for cars to pass after leaving the canyon just south of the town. 
He recommended that the request be denied for this year's construction because 
of lack of funds to finance it, but that it be given preference over others in 
the 1939 budget. The Commission approved the recommendation by unanimous vote. 


The Engineer reported on investigations that have been made for the 
improvement of the alignment of the state highway from Lombard Street to the 
Willamette River Bridge, in St. Johns, Portland, as requested by the Conmission 
at the previous meeting. He presented a map showing two alternate routes, one 
of which involves the widening of Jersey Street and Columbia Boulevard between 
Lombard Street ana Burlington Street, with »rovision for the elimination of 
the bad turn at the intersection of Burlington and Jersey Streets; and the 
other, which extends Columbia Boulevard a distance of one block, from Jersey 
Street to Ivanhoe Street. The map also showed existing buildings. He point- 
ed out that the Pacific Telephone and Telegraph Company's exchange building, 

a concrete structure, is located directly on the Columbia Boulevard extension 
to Ivanhoe Street; that the building is not now in use, in fact, is for sale 
and can probably be purchased for about $25,000, notwithstanding that the 
telephone company has about $45,000 invested in the same. He gave as his 
thought that the widening of Jersey Street, which is the main business street 
in this district, would cost more than the construction of the Columbia Boule- 
vard extension to Ivanhoe Street and that in either case the cost of the right 
of way would run into quite a considerable figure. After discussion of this 
matter from various standpoints, the Commission indicated that it favored the 
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parcels which, according to the records, are still in private owmmership. The 
Commission approved the report and instructed the Attorney to notify the Coun- 
ty Court of any right of way that is in this category and to ask the Court to 
start the necessary proceedings for the acquisition of the same, either by 
resolution or otherwise, so as to forestall any further trouble with Mr. Hol- 
lingshead or others. 


The Commission had under discussion an opinion from the Attorney 
with reference to the Commission's responsibility for the maintenance of a 
portion of Killingsworth Street, Portland, extending easterly from its inter- 
section with Northeast Portland Secondary Highway No. 123 to a junction with 
Columbia Boulevard, and the maintenance of Columbia Boulevard from such junc- 
tion point to a connection with Sandy Boulevard (Columbia River Highway). 
It was the Attorney's opinion, based upon the record as heretofore made by 
the Commission, that the Comaission is not responsible for the maintenance of 
these streets, it being his understanding that the Highway Commission has sim- 
ply designated a route for this highway and is now contemplating the construc- 
tion of a highway over such route but the streets mentioned have not been 
named as a part of this route. In view of this opinion, the Commission decid- 
ed not to assume the maintenance of these streets and ordered that the Board 
of County Commissioners of Multnomah County and the City Commissioners of 
Portland be so informed. 


The Engineer reported the cost to oil the shoulders adjacent to the 
pevement through the town of Monroe, Benton County, as instructed by the 
Commission at the previous meeting. He estimated that such work would cost 
about $750, based upon the placement of 3000 cu.yds. of materials under the 
0-9 specification. The Commission approved the project by unanimous vote 
end ordered that the cost be paid out of the emergency fund, in view of the 
fact that no provision has been made in the 1938 budget for the same. 


The Engineer also reported on the cost to install a culvert pipe in 
the borrow pit along the entire length of the school grounds in Estacada and 
the backfilling of the same so as to provide a parking place for cars. He 
estimated that such work would cost about $2500 and advised that no funds had 
been provided for the same in this year's budget. After discussion, the Com- 
mission decided to cefer this project until its finances improve. 


The Engineer resorted on the matter of improving the old Southern 
Pacific railroad grade between Hillsdale and a connection with Barbur Boule- 
vard, Portland, es heretofore requested by a delegation from Glencullen at 
the previous meeting. He advised that this route is 1.88 miles in length 
from Hillsdale to the intersection of Barbur Boulevard with Slavin Road, 
whereas the present highway between these points is only .88 mile in length. 
Further, that to construct a 2-lane concrete pavement with gravel base and 
crushed rock shoulders would cost bout $40,000. He gave as ‘is thought that 
the traveling public would not use this road to any great extent if con- 
structed, because it is about 1 mile longer than the present route. In view 
of the Engineer's report, the Commission decided unanimously not to build 
this road and instructed the Secretary to so inform the sponsors of the same. 
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Nye Junction and Ukiah, the Siletz Secondary Highway between Tolede and Kern- 
ville, and the Tampico~Lewisville Secondary Highway from its junction with 

the Pacific Highway West to the Benton-Polk County line, have dried out suf- 
ficiently so that it is no longer necessary to retain the reduced load limits 
that have been in effect on these roads for the pest few months. He recommend- 
ed the lifting of these reduced load limits at this time. The Commission ap- 
proved the recommendation and by unanimous vote adopted the following resolu- 
tion in regard thereto: 


WHEREAS, on the 22nd day of October, 1937, at 4 meeting 
of the Oregon State Highway Commission, all members being present 
and participating, the Commission passed and adopted a resolution 
reducing the maximum load limit on the following state highway: 


TAMPICO-LEWISVILLE SECONDARY HIGHWAY from its junc- 
tion with the Pacific Highway West, north of Corvallis, 
to the Benton-Polk County Line, in Benton County; and 


WHEREAS, on the 6th day of January, 1938, at a meeting 
of the Oregon State Highway Commission, all members being present 
and participating, the Commission passed and adopted a resolution 
reducing the maximum load limit on the following state highway: 


SILETZ SECONDARY HIGHWAY from the junction with the 
Oregon Coast Highway near Kerrville to the junction with 
the Corvallis-Newport Highway near Toledo, in Lincoln 
County; and 


WHEREAS, on the 16th day of February, 1938, at a meeting 
of the Oregon State Highway Commission, all members being present 
and participating, the Commission passed and adopted a resolution 
reducing the maximum load limit on the following state highway: 


PENDLETON-JOHN DAY HIGHWAY between its junction with 
the Oregon-Washington Highway, at Nye, and Ukiah, in Uma- 
tilla County; and 


WHEREAS, subsequent to the passage of said resolutions, 
conditions have changed so that it is now no longer necessary or de- 
sirable, and the Commission hereby finds that it is no longer neces- 
sary or desirable to maintain the reduced load limits set out in 
said resolutions on the said state highways; 


NOW, THEREFORE, BE IT RESOLVED that the action of the State 
Highway Commission reducing the maximum permissible load limit on the 


TAMPICO-LEWISVILLE SECONDARY HIGHWAY from its junction 
with the Pacific Highway West, north of Corvallis, to the 
Benton-Polk County Line, in Benton County; 


(Continued on next page) 
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Ivanhoe Street Route; however, deferred a definite decision until a later 
date in view of the fact that there are no funds available to finance the 
project. 


The Commission had under consideration a report by Division Engi- 
neer F. D. Eason, with regard to pole line construction by the Nehalem Valley 
Electric Association on the Nehalem Secondary Highway. Mr. Eason recalled 
that the Highway Commission granted a permit to this association to construct 
its transmission pole line on portions of this secondary highway, and advised 
that the company has not complied with the requ rements with respect to the 
placement of poles and that the poles have been so placed that the power 
wires overhang the traveled portion of the highway for long distances, thus 
creating a hazardous condition “or the traveling public; furthermore, the 
company has placed poles on the state highway right of way beyond the limits 
of their permit, and has, in the course of construction, cut down and trimmed 
trees, leaving the debris on the highway right of way contrary to the pro- 
visions of the permit, which specifies that such debris shall be removed im- 
mediately after the pole line has been constructed. 


Mr. Eason also advises that this association has been granted a per- 
mit to construct its pole line on a portion of the Wolf Creek Highway, and 
recommends that they be not allowed to proceed with the construction of such 
pole line until it has complied with the Commission's rules in connection 
with its pole line construction on the Nehalem Secondary Highway. After dis- 
cussion, and it appearing to the Commission that the association has con- 
structed its pole line with utter disregard of the Commission's rules and 
regulations, the Commission instructed the Attorney to write the association 
an emphatic letter demanding compliance with the provisions of the permit 
with respect to the Nehalem Secondary Highway construction and advising them 
that they will not be permitted to proceed with their pole line construc- 
tion on the Wolf Creek Highway until the Nehalem Highway matter has been dis- 
posed of to the satisfaction of the Engineer and not then unless they will 
comply with the provisions of their permit for the construction of their pole 
line on the Wolf Creek Highway. 


The Commission had wmder consideration a request from the City of 
Reedsport for the loan of the services of one of the engineers of the Highway 
Department to supervise a city W.P.A. project involving the regrading of cer- 
tain city streets for the purpose of improving drainage conditions, all of 
which streets are exclusively within the jurisdiction and control of the 
city of Reedsport. The Attorney advised that the Commission does not have 
the authority to expend state highway funds for the construction, improvement, 
and maintenance of city streets which do not constitute a connection between 
two state highways or form a link in the state highway system, but the Commis- 
sion does have authority to expend state highway funds for the purpose of im- 
proving city streets that are state highway routes or form connections be- 
tween state highways. In view of the Attorney's opinion, the Commission vot- 
ed unanimously to deny the request and instructed the Secretary to so inform 
the city officials. 


The Engineer reported that the Pendleton-John Day Highway between 


MAY12 1938 


the Commission now finds that it is no longer necessary to maintain 
or impose the said reduced load limit to the full extent fixed in 
said order and resolution with respect to the said highway from a 
point 25 miles east of the junction with The Dalles-California High- 
way to Lakeview, in Lake County; and further finds that such reso- 
lution and order should be modified with respect to said section of 
said highway by which modification a greater maximum combined weight 
of load and vehicle will be permitted; 


NOW, THEREFORE, BE IT RESOLVED that the resolution and 
order made and entered into by the Commission on the 16th day of 
February, 1938, with respect to the following section of the Klam- 
ath Falls-Lakeview Highway, be and the same hereby is further mod- 
ified to read as follows: 


The maximum weight of combined load and vehicle which 
shall be permitted on the Klamath Falls-Lakeview Highway 
from a point 25 miles east of the junction with The Dalles- 
California Highway to Lakeview, in Lake County, shall be 
restricted to the following weights: the combined weight 
in pounds bearing on the surface of the highway at contact 
with the tread on the wheels of any one axle of a vehicle or 
combination of vehicles shall not exceed the product of four 
hundred fifty (450) multiplied by the sum in inches of the 
tire width of the wheels of such axle; but in no event shall 
the combined weight in pounds bearing on the surface of the 
highway at contact with the tread of the wheels of any one 


axle of a vehicle exceed seventy-five (75) per cent of the 
maximum limit set by law for any one axle. 


BE IT FURTHER RESOLVED that this resolutiom shall be in 
full force and effect until changed, modified, or rescinded by the 
Commission; and be it further ordered that a certified copy of this 
resolution be furnished to the county clerk of each county in which 
said highway is located, and that a certified copy of this resolu- 
tion be furnished to the Suverintendent of the Department of State 
Police for his information. 


The Commission had under consideration the abandonment of portions 
of the Wallowa Lake Highway in Wallowa County which are no longer of value 
for state highway purposes, inasmuch as the highway has been reconstructed on 
new alignment. The Engineer exhibited maps showing the sections so affected 
and recommended that they be turned back to Wallowa County and the cities of 
Enterprise and Wallowa for disposal. The Commission approved the recommenda- 
tion and by unanimous vote adopted the following resolution in regard thereto: 


WHEREAS, in order to afford a better alignment and a more 
satisfactory, safe and convenient highway for the traveling public, 
the Commission found it necessary to relocate certain portions of 
the Wallowa Lake Highway in Wallowa County; and 
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SILETZ SECONDARY HIGHWAY from the junction with the 
Oregon Coast Highway near Kernville to the junction with 
the Corvallis-Newport Highway near Toledo, in Lincoln 
County; 


PENDLETON-JOHN DAY HIGHWAY between its junction with 
the Oregon-Washington Highway, at Nye, and Ukiah, in Uma- 
tilla County 


be and the same hereby is rescinded and cancelled as of this dete, 
and the maximum load limit permissible on the said sections of the 
said highways hereafter shall be the maximum load limit provided 

by law; and it is further ordered that e certified copy of this res~ 
olution be furnished to the county clerk of each county in which 
said highways are located, and that a certified copy of this reso- 
lution be furnished to the Superintendent of the Department of State 
Police for his information. 


The Engineer also reported that the Klamath Falls-Lakeview Highway 
from a point 25 miles east of its junction with The Dalles—California Highway 
to Lakeview has dried out sufficiently sc that the 50 per cent reduced load 
limit heretofore in effect is no longer required but the road is still in 
such condition that it will not hold up under legal weight loads. He recom- 
mended, therefore, the modification of the Commission's previous order with 
respect to this section and that loads weighing not to exceed 75 per cent of 
the legal weight limits be now allowed. The Commission approved the recom- 
mendation and by unanimous vote adopted the following resolution in regard 
thereto: 


WHEREAS, on the 16th day of February, 1938, at a meeting 
of the Oregon State Highway Commission, all members being present 
and participating, the Commission passed and adopted a resolution 
reducing the maximum load limit on the following state highway: 


KLAMATH FALLS-LAKEVIEW HIGHWAY from its junction with 
The Dalles-California Highway near Klamath Falls, in Klam- 
ath County, to Lakeview, in Lake County; 


and 


WHEREAS, on the 14th day of April, 1938, the Commission 
passed and adopted a resolution lifting the reduced load limit on 
that portion of the said highway from its junction with The Dalles- 
California Highway to a point 25 miles easterly thereof, in Klamath 
County; but continued said reduced order from said last-named point 
to Lakeview, in Lake County; 


and 


WHEREAS, it now appears that conditions have changed and 
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That certain section of the old right of way of the 
Rock Creek-Wallowa Section of the Wallowa Lake Highway 
lying on the southerly side of the right of way required 
for the reconstructed Wallowa Lake Highway, the beginning 
and ending points with reference to the engineer's sta- 
tions of the original constructed highway being station 
476+75 on the westerly end and station 494+95 on the 
easterly end. 


3. The fragment of land or right of way hereby abandoned 
and eliminated from the state highway system which is shown on the 
blueprint marked "Exhibit 'B'", a part of which lies within the 
City of Wallowa, is to revert to the suyervision and control of the 
officials of the City of Wallowa, and a part of which lies without 
the limits of the City of Wallowa and is to revert to the County 
Court of Wallowa County or the abutting property omers, is de- 
scribed as follows, to wit: 


All that certain section of the old right of way of 
the Elgin-Wallowa Section of the Wallowa Lake Highway ly- 
ing on easterly and westerly side of right of way required 
for the reconstructed Wallowa Lake Highway, the beginning 
and ending points with reference to the engineer's stations 
of the original constructed highway being station 672+00 
on the westerly end and station 751+30 on the easterly end, 
said section being described as follows: Beginning at Sta- 
tion 672+00; thence southeasterly to Station 708+20 on the 
west city limits of Wallowa, thence southeasterly through 
the said City of Wallowa to the intersection of Storie 
Street and the north line of First Street. 


4. The fragment of land or right of way hereby abandoned 
and eliminated from the state highway system which is shown on the 
blueprint marked “Exhibit '¢!" and which lies within the City of 
Enterprise and is to revert to the control and supervision of the 
city officials of the City of Enterprise is described as follows, 
to wit: 


All that certain section of the old right of way of 
the Wallowa Lake Highway lying within the City of Enter- 
prise, the beginning and ending points with reference to 
the streets of Enterprise are as follows: Beginning at 
the intersection of Grant Street and the eas* line of Riv- 
er Street; thence easterly along Grant Street to East 5th 
Street; thence southerly on East 5th Street to the present 
reconstructed Wallowa Lake Highway. 


5. There is attached hereto a blueprint marked "Exhibit 
121" on which is show shaded in red the portion of the Rock Creek- 
Wallowa Section of the Wallowa Lake Highway which by this resolution 
is abandoned as a part of the said highway, and there is attached 


MAY12 1938 


WHEREAS, by reason of said relocation and the reconstruc- 
tion of the said sections of said highway there were eliminated and 
made unnecessary as parts of the completed highway the certein sec- 
tions which are more specifically defined and described hereinafter 
in this resolution; 


WHEREAS, it is the judgment and opinion of the Commission 
that there should be reflected in the minutes and records of the 
Commission the purpose and plan of the Commission to abandon as 
parts of the Wallowa Lake Highway, and therefore as parts of the 
state highway system, the fragments or portions of the right of way 
of the old alignment hereinafter defined and heretofore included 
within the area of the right of way of the Wallowa Lake Highway as 
formerly located between the said termini and 4s heretofore improved 
and used; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by this 
Commission, a majority of the members being present and affirmative- 
ly participating, as follows: 


1. That the fragments o< land confined within the areas 
hereinafter described, which said fragments of land were formerly 
within the limits of the right of way of the Wallowa Lake Highway, 
but which are now without the limits of the right of way of said 
highway as said highway has been relocated be and said fragments 

of land are hereby abandoned as parts of the right of way of said 
highway. The portion of the right of way of said highway which 
by this resolution is abandoned and which is within the limits of 
the City of Wallowa is left to revert to the abutting property own- 
ers or to the City of Wallowa for such public use as the City may 
make of the same and the portion of said right of way lying just 
outside of the City of Wallowa which is abandoned by this resolu~ 
tion is left to revert to the County Court of Wallowa County for 
such public use as ine County may make of the same, or to the abut- 
ting proverty owners. The portion of said right of way which has 
been abandoned within the City of Interprise by this resolution is 
left te revert to the abutting property omers or the City of Enter- 
prise for such public use as the said City may make of the same. 
The portion of the Rock Creex-Wallowa Section of said highway which 
is hereby abandoned is left to revert to the County Court of Wallowa 
County for such public use as the said County may make of the same 
or to the abutting property owners. 


2. That the fragment of land or right of way hereby aban- 
doned and eliminated from the state highway system which is shown 

on the blueprint marked "Exhibit 'A'", and is a portion of tine Rock 
Creek-Wallowa Section and is to revert to the supervision and con- 
trol of the County Court of Wallowa County or to the abutting prop- 
erty owners is descrived as follows, to wit: 
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suggestion that the city and the state enter into a supplemental agreement 
with respect to the maintenance of these streets so as to provide for the 
maintenance of the same by the state rather than by the city. 


The Engineer advised that these streets should be maintained by the 
state and that it was contemplated that they would be so maintained when the 
original agreement was prepared and executed, and provision for state main- 
tenance of the same was made in the original agreement; so, in his opinion, 
the supplemental agreement is unnecessary. The Engineer was instructed to 
convey such information to ifr. Apperson. 


There was presented to the Commission a letter from Major S. L. Da- 
mon, Engineer of the United States War Department, advising that an applica- 
tion has been filed by Mr. Harley 0. Youngblood, Portland, for permission to 
construct a dock with float landing in Depoe Bay, Lincoln County, more par- 
ticularly on the ocean side of the Oregon Coast Highway at the north end of 
the Depoe Bay Bridge. Major Damon advises that objections to the construc- 
tion of such dock should be presented to his office not later than Monday, 
May 16, 1938. The Engineer advised that ir. Youngblood's plan contemplates 
the use of land commonly referred to as tidelands, or lands lying between the 
high- and low-water marks, which lands are owned by the State of Oregon. He 
gave as his thought that the use of this land for the purpose intended would 
detract from the appearance of the highway and for that reason should not be 
allowed. The Commission concurred in the viewpoint of the Engineer and in- 
structed the Attorney to file a written protest with Major Damon. The Commis- 
sion indicated that it would opoose the construction of a dock at this place 
to the full extent of its authority. 


In this connection the Engineer advised that Mr. Youngblood is now 
constructing a building on a rock point which extends westerly from the high- 
way on the north side of the Depoe Bay Bridge adjoining the state park at this 
location; that, in the performance of the work, Mr. Youngblood has destroyed 
a portion of the rock wall that was constructed by the state as 4 traffic bar- 
rier. Furthermore, he has deposited earth material on the state property and 
is otherwise using the state's property for personal purposes. The Commission 
instructed the Engineer to take steps as my be necessary to cause the cessa- 
tion of the use of the state's property and to effect the repeir of the dam- 
age already done. 


The Commission considered and ordered filed a letter from Mrs. Pearl 
S. Koble, Ashland, relative to her claim for damages against the state result- 
ing from the construction of the Pacific Highway (new route) across her prop- 
erty south of Ashland. The Commission considered that lirs. Koble has been 
paid liberally for the land that has been taken from her for right of way pur- 
poses and accordingly denied her request for additional compensation. 


The matter of permitting the Ochoco Lumber Company to construct its 
railroad at grade across the Ochoco Highway east of Prineville had the atten- 
tion of the Commission. It appears that the proposed railroad is 4 private 
one and is a branch line extending from the 0.W.R.R.& N. main-line track to 
the lumber company's mill. Further, that the crossing could have been avoided 
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hereto a blueprint marked "Exhibit 'B'", on which is shown shaded 
in red the right of way within the City of Wallowa and the portion 
of the highway lying just outside of the City of Wallowa to the 
northwest which are abandoned as parts of the said state highway, 
and there is also attached hereto a blueprint marked "Exhibit 'C'", 
on which is shown shaded in red the right of way within the City 
of Enteryrise which by this resolution is abandoned as a part of 
the state highway. The seid exhibits for identification purposes 
bear the signatures of W. C. Williams, Division Engineer; H. G. 
Smith, Construction Engineer; and R. H. Baldock, State Highway En- 
gineer, and bear date of April 1, 1938. * 


6. In the event there remains any physical connection 
between any portion of said abandoned right of way or highway and 
the present highway, and by reason of such physical connection traf- 
fic from the existing highway may enter or use the said abandoned 
portions of the old road to the possible damage or injury of such 
traffic by reason of any unsafe condition existing with respect to 
said abendoned sections, then the State Highway Engineer is hereby 
authorized and directed to erect such barricade or other safeguards 
as may be necessary to protect and safeguard traffic using end em- 
ploying said newly located, constructed and dedicated section of 
said state highway. 


7, That this resolution shall be entered in the minutes 
and records of the Commission and a certified copy thereof prompt- 
ly delivered to the County Court of Wallowa County, together with 
a copy of each of said exhibits and copies of said resolution and 
exhibits shall be delivered to the Mayor of the City of Enterprise 
and to the Mayor of the City of Wallowe for such action as said 
County Court may desire to take and for such action as the city of- 
ficials of the resvective cities may desire to take, and should 
said abandoned portions of the highway be further employed for pub- 
lic or private highway purposes such use shall be entirely under 
the control and suvervision of the County Court of Wallowa County, 
and/or the municipal authorities of the City of Enterprise, and/or 
the municipal authorities of the City of Wallowa, as the case may 
be, and the same shall be beyond any responsibility or supervision 
by the State Highway Commission. 


A letter was presented frow L. G. Apperson, City Engineer of Port- 
land, relative to the maintenance of the following arterial streets in Port- 
land which were county roads when the agreement between the city and the 
state was executed covering maintenance of highway routes through the city 
but which have since been taken over by the city as city streets: portions 
of Northwest St. Helens Road, Southwest Canyon Road, Southwest Capitel High- 
way, Southwest Slavin Road, Southwest Macadam Avenue, North Denver Avenue, 
North Interstate Avenue, and Southeast 32nd Avenue. It was Mr. Apperson's 


*Bluevrints filed in Right of Way Abandonment and Retention File - No. 58 
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A letter wes presented from Earl B, Day, County Judge of Jackson 
County, protesting the allocation of Federal Aid Secondary Highway Funds as 
made to that county. The Engineer was instructed to prepare @ suitable reply 
for Chairman Cabell's signature, advising Judge Day of the facts in regard to 
the allocation of the funds in question. 


A letter was presented from Paul 0. Landry, President of the Lake- 
of The Woods Association, Klamath Falls, urging an allocation of funds for 
additional improvements to the Westside Klamath Lake Secondary Highway. The 
Commission denied the request on account of lack of funds to finance the work. 


The Commission considered and ordered filed a resolution adopted by 
the Hood River County Garden Club protesting the erection of billboards and 
signs along state highway rights of way. 


A resolution was vresented from the Portland Realty Board recom- 
mending that arrangements be made for the use of certain motion pictures of 
Oregon scenery taken by Miss Katherine Gunnell, Salem, in connection with 
the activities of the Highway Commission's Travel and Information Department. 
The Commission referred this matter to Mr. Harold Say, Director of the Travel 
and Information Department, and to the Advisory Committee on publicity mat- 
ters. 


A letter was presented from the Prairie City Chamber of Commerce 
urging additional improvements to the John Day Highway. The Engineer was in- 
structed to advise the Chamber of Commerce that the Commission feels that it 
is now doing all that it possibly can for this highway with the funds avail- 
able. He was also instructed to send them a list of the projects on this 
highway that are now included in the Commission's program for 1938 construc- 
tion and those that are contemplated for 1939 construction, with amounts bud- 
geted for each. 


The Secretary vresented letters from the Lane County Court, McKenzie 
River Grange No. 878, and from the Board of Directors of the Vida Public 
Schools, Vida, Oregon, urging the construction of guard fence along portions 
of the McKenzie Highway in the vicinity of Leaburg Dam to »revent automobiles 
being driven off the highway into the river at such location. The Ingineer 
advised that he has already instructed the Maintenance Engineer to construct 
guard fence and sight posts at dangerous points, which should take care of 
the matter satisfactorily. The Commission approved the action taken by the 
Engineer. 


The Commission considered and ordered filed a letter from C. C. 
Hockley, Regional Director for the Emergency Administration of Public Works, 
acknowledging receipt of the Commission's letter of May 4, 1938, relative to 
the status of its application for P.W.A. projects and advising that this in- 
formation will be held in readiness for discussion at euch time as action 
by Congress will permit the receiving of new applications for such class of 
projects. 


The Commission considered and ordered filed a letter from the North 
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at one time if the company had seen fit to construct its mill in anotzer loca- 
tion, which would have served its purpose equally as well as the present loca- 
tion. The Engineer recommended that the Commission oppose the construction of 
this grade crossing at the public hearing that will be conéucted by the Public 
Utilities Commissioner in regard thereto and that the comvany be required, in 
lieu thereof, to construct at its sole cost and expense 4 grade separation 
structure for the operation of its trains over the highway. The Attorney en- 
dorsed the recommendation of the Engineer and suggested, if the Public Utili- 
ties Commissioner approves the grade crossing, that such Commissioner be re- 
quested to do so only as a temporary proposition, retaining the right to 

open the case later on. After discussion, the Commission by unanimous vote, 
approved the recommendation of the Engineer and the suggestion of the Attor- 
ney and ordered that, when the matter comes up for public hearing, testimony 
be given to the effect that the State Highway Coumission is definitely op- 
posed to all manner of railroad grade crossings. 


The matter of authorizing the United States Department of Commerce, 
Bureau of Air Commission, to maintain an airway beacon on state-owned prop- 
erty adjacent to the Columbia River Hichway, in Multnomah County, and being 
more particulerly described as Lot 3, Section 22, T. 2N., R. 7E., We Me, 
had the attention of the Commission. The Attorney explained that the Bureau 
of Air Commerce has maintained an air beacon on this property for some time; 
in fact, the beacon was erected vefore the Highway Commission acquired the 
property from Waldo A. Alcorn and that the Bureau wants to continue the bea- 
con on this site because of its advantageous location, but prefers not to en- 
ter into a written arreement covering the matter. He further explained that 
the beacon is in a location that will not interfere at all with the use of the 
property for highway purposes and will not be objectionable from the esthetic 
svandpoint. He recommended approval of the request. The Commission approved 
the recommendation by unanimous vote. 


The Commission had under consideration letters from the Bugene Chan- 
ber of Commerce and the Bend Chamber of Commerce urging snow removal opere- 
tions on the McKenzie Hichway so as to permit general public use of McKenzie 
Pass at the earliest possible time. The Engineer estimated that this work 
would cost approxim:tely $5000 if done now, and pointed out that this expense 
can be reduced considerably by waiting for Nature to melt the snow. He rec- 
ommended that the request be denied for the time being end that the Commis- 
sion concentrate on opening up the Santiam Highway easterly from its junction 
with the North Santiam Highway, which, he said, would cost only about $500. 

He also suggested that the Commission arrange with the Federal Government and 
Marion County for the opening of the North Santiam Hichway north from its 
junction with the South Santiam Highway so as to oven the North Santiam High- 
way for general public use. In this connection, the Secretary presented a pe- 
tition signed by 26 residents of Mill City and vicinity urging the opening 

of the North Santiam Highway for through travel into Central . Oregon. 


After discussion the Commission approved the Engineer's recomuenda- 
tion by unanimous vote and authorized him to proceed in conformance therewith. 
The Secretary was instructed to inform the petitioners of the action taken. 
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Distriot Engineer, Bureau of Public Roads, concurring in such recommendation. 
The Commission approved the recommendation by unanimous vote. 


The Engineer reported that contracts Nos. 2016 and 2024 for the con- 
struction of state highway projects have been completed according to the re- 
quirements of the contracts or modifications thereof and that said jobs are 
now ready for acceptance. The following resolution accepting the above proj- 
ects was offered and was adopted by the unanimous vote of the Commission: 


WHEREAS, the Engineer has reported that the following 
State Highway Commission contracts for the construction of state 
highway projects have been completed according to the terms and 
provisions of the contracts, and said jobs are now ready for ac- 
ceptance: 


Contract No. 2016, with H. L. Rice, for furnishing 
°6,200 cu.yds. crushed rock in stock piles for the Wasco 
County Line-Madras Section of The Dalles-California High- 
way, in Jefferson County. Completed April 23, 1938. 


Contract No. 2024, with Babler Bros., for resurfacing 
the Poison Creek-Burns Section of the John Day-Burns High- 
way, in Harney County. Completed iay 5, 1938. 


THEREFORE, BE IT RESOLVED that the work covered by said 
state highway projects be declared completed according to the terms 
of the respective contracts, and said jobs are hereby accepted and 
final payment in connection with each is hereby authorized. 


The Commission considered and signed agreements, et cetera, 45 fol- 


Agreement with Babler Bros., contractors for the construction 
of an oil mat surface on the Valley Falls-Cinder Butte Section of 
the Lakeview-burns and Fremont Highways, in Harney and Lake Coun- 
ties, contract No. 1973, providing for the substitution of a light 
oil treatment over a portion of this contract; 


Bargain and sale deed, conveying unto Alma McElwain 0.03 acre 
of land adjacent to the highway right of way in the S.B.} of the 
N.E.} of Section 13, T. 1 N., R. 1 E., W. M., Multnomen County, 
right of way transaction Nos. 5436 and 5484; 


Bargain and sale deed conveying unto Ira Wade certain prop- 
erty lying in Government Iot 2 of Section 32, T. 105., R. 11 W., 
W. M., Lincoln County, and Ints 2, 3, 4, 5, and 6, of Block 145, 
Agate Beach No. 2, being right of way transactions Nos. 5018 and 
3932; 


Bargain and sale deed conveying unto the City of Albany, for 
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Bend Chamber of Commerce expressing apvreciation of assurances given that the 
Commission proooses to improve Sherman Avenue in North Bend and to do certain 
oiling work on the Cape Arago Secondary Highway in the vicinity of Charleston, 
Coos County. 


The Commission considered and referred to the State Parks Superin- 
tendent for recommendation e letter from iirs. J. R. Huffman, Pendleton, in- 
quiring whether or not the Commission has any objection to her maintaining a 
store building and service station adjacent to the right of way of the Old 
Oregon Trail, near Enigrant Springs Park, in Umatilla County. The Commission 
indicated that it would not object to a commercial business being established 
adjacent to the right of way if it could not be seen from the traveled roadway. 


Reconsideration was given by the Commission to the matter of adver- 
tising billboards which the Foster & Kleiser Comyany of Portland provoses to 
install adjacent to the Oregon Coast Highway at Otis, in Lincoln County, one 
of which billboards is to attract travel over the Salmon River Highway into 
Portland, and the other to encourage travel over the Oregon Coast Highway 
north of Otis. The Engineer oresented revised models of the billboards, as 
prepared by the Foster & Kleiser Company. After considerable discussion, the 
Commission approved the designs, it appearing to the Commission that they do 
not conflict with the Commission's interpretation of the law with respect to 
such matters. The Commission instructed the Engineer to advise Foster & 
Kleiser Company of the action taken and to inform them further that, while 
the Commission has approved these two signs insofar as compliance with the 
law is concerned, it wishes to emphasize the fact that it does not approve 
the principle of erecting signs of this type along state highway rights of 
way. 


The matter of encroachment of advertising signs of business estab- 
lishments along the Columbia River Highway through the Parkrose District east 
of Portland also had the attention of the Commission and in this connection 
the Engineer submitted for the Commission's approval a set of general rules 
and reguletions covering the matter of regulation of advertising signs on or 
adjacent to highways through unincorporated towns or villages. The Commission 
indicated approval of these regulations but deferred definite action thereon 
until the next meeting. The Mngineer was instructed to send the individual 
Commissioners a copy of the rules for study in the meantime. 


The Commission considered the request of Edlefsen-Weygandt Company 
for an extension of time from Merch 31 to July 15, 1938, within which to com- 
plete their contract with the Commission for the grading of tie Siuslaw Junc- 
tion-Awbrey Section of the Pacific Hignway, in Lane County, State Highway Con- 
tract No. 2000. They alleged that they were unable to complete the project 
within the specified time limit because of high-water conditions during the 
winter season. The Engineer advised that the reason given by the contractor 
for failure to complete the »roject within the specified time limit is cor- 
rect. He recommended, in view of the fact that the delay was beyond control 
of the contractor, that the extension now requested be granted without penal~ 
ty, notwithstanding that the state has incurred some additional engineering 
expense in connection therewith. A letter was presented from W. H. Lynch, 
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In the discussion of this matter it was brought out that the Cold 
Springs Highway extending to the Cold Spring: Landing is a primary state high- 
way and cannot be removed from the state highway system except by legislative 
action, for which reason the hands of the State Highway Commission are tied 
as fer as rendering any assistance is concerned. It wes Gecided to convey 
this information to the delegation that is to appear before the Co-mission 
the following day in regard to the matter. 


Dr. Warren D. Smith and ir. Farl K. Nixon, of the University of Ore- 
gon, came before the Commission in regard to the publishing of a manuscript 
containing information concerning the geological and plant life features of 
the Oregon Coast Highway. Dr. Smith advised that this manuscript bas been in 
the course of preparation several years and is now ready for publication, but 
the University of Oregon ie not financially able to undertake tue work, 50 
they are asking the State Highway Commission to give it consideration, in 
view of the fact that it contains information tuet would be of intere:*+ to 
tourists and would be especially attractive to people rho are interested in 
the coast country. The State Highway Commission's contribution to this 
cause, he sid, would ve in the nature of a Joan with provision for reimburse- 
ment from receints of the sale of the book. 


Chairman Cabell questioned the Comaission's authority to spend state 
highway funds for such purpose and edvised thet in any event the Cosmission 
could not assume this responsibility unless it received the approval of the 
Advisory Committee of the Travel ana Information Department. Commissioner 
Aldrich concurred in the remarks of Chairman Cabell and added tiat he could 
not see how it could be considered in any way as 4 part of the state highway 
program. He explained, further, that the Commission's budget for publicity 
purposes has already been spent for this year and the program for next year 
has been arranged. 


Mr. Nixon advised that the plan calls for the publishing of 1,500 
copies of this book at a cost of about $1,500, of which amount approximately 
$400 would be paid by the State Board of Mineral Industries. After further 
discussion Chairman Cabell exyressed regrets that the Commission cannot co- 
operate in this undertaking, but, in his estimation, it woula be establishing 
an undesirable orssedent and might bring criticism on the Commission. He add- 
ed thet the Commicsion would loan cuts anc prints as may be necessary for use 
in connection with the publication of this book but that is as far es the Com- 
mission can go. 


Mr. Harold B. Say, Manager of the Travel end Information Depart- 
ment, reported that the state committee in charge of the New York Fair exhibit 
wants the Highway Commission to reconsider its action in refusing to cooperate 
in maintaining an exhibit at this fair. He vas instructed to inform this com- 
mittee that the Commission has made its decision in this matter and does not 
care to reopen the case. 


Mr. Ray Conway, Manager of the Oregon Motor Association, was pres~ 
en= and advised that the Motor Association has gone on record as being op- 
posed to making any contribution to the New York Fair exhibit. 
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the sum of $1,386.00, 19,800 sq. ft. of land situate in Lots 1, 2; 
3, and 4, of Block 17, Hackleman‘s Second Addition to Albany, being 
right of way transaction No. 4962-A. 


The Commission had under consideration the setting of a date for its 
first regular meeting following that heretofore scheduled for June 2 and 3, 
1938, and it was decided to hold such meeting in Portland on Wednesday, June 
15. The Secretary was instructed to make the usual arrangements to hold such 
meeting in the Auditorium of the Public Service Building. 


There being no further business to come before the Commission at 
this time, the meeting was adjourned at 5:30 o'clock p. m. 
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Portland, Oregon, June 1, 1938 


The State Highway Commission met in regular session at 7:30 o'clock 
p, m. in Room 204, Benson Hotel. Present were: 


Henry F. Cabell, Chairman 

E. B. Aldrich, Commissioner 

F. L. Tou Velle, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


The Commission had under discussion the matter of permitting the 
Umatilla Grain Growers Asrociation to construct a dock and elevator on state 
highway department property at Cold Springs Landing, in order to facilitate 
the transportation of wheat on barges in the Columbia River. It appears that 
the association wants to construct its elevator on the state highway right of 
way et this voint. It also appears that, while the highway leading to the 
river at this »oint is « primary state highway, it was originally constructed 
to very poor standards by county forces and has never been maintained as & 
state highway; and, in order to assist the association in its plans, the Coun- 
ty Court of Umatilla County suggests that the Highway Commission turn this 
road over to the county for maintenance and designate as a state highway, in 
lieu thereof, the county road leading from the highway to the Collins Ware- 
house at Cold Sorings, which road is oiled and in much better condition. 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


1 th - 
5773-Bedient, May E. 27094 sq.ft. sq.ft. plus $76 McCallister 
577,-Green, Sanford and Nora " 1045 sq.ft. 2¢ sq.ft. plus $75 
(Estate) (2700 sq.ft. of property outside of 
R/W to be conveyed to Green Estate 
for which a deduction of $54 to be 
made ) 
5'766-Mork, C. B. 222 sq.ft. 2¢ sq.ft.+ $35 + mov- 
ing buildings (estimated at $725) 
5767-Carr, Stella Neagle 1875 sq.ft. 2¢ sq.ft.+ $10 + mov- 
ing buildings (est. at $150) and 
well (est. at $100) 
5922-Howard, Emily 8538 sq.ft. if sq.ft. sd 
5777-Prescott, Alice M. 19185 sq.ft. 24¢ sq.ft. plus $2550 " 
5781-Longcear, J. W. " 1.16 $1000 per a.+ damages 
$75, + moving house (Est. at $350) n 
5776-Kantner, Constance I. 7,1 sq.ft. 23¢ sq.ft. + $35.57, in 
exchange for 2184 sq.ft. at 23¢ sq.ft." 
" 


B ville Section — ey-Sweet Hi 
6063-West, Lloyd G. Gravel Pit 1.6 l-yr.Lease at 3¢ cu.yd.Collins 
5950-Sawyer, Mary EB. R/W 10000 sq.ft. 23¢ sq.ft.+ $252.50 + 

; moving house (est. at 


$500) 
5961-Porter, A. H. 2.51 2.15 at $125 per 4. 
15,700 sq.ft.at 2¢ sq.ft. 
+ $2280.50 " 
594,9-McKinney, Julius W. 7226 sq.ft. 2 putt. plus $170 
s 


5955-McKinney, Fannie n 18708 sq.ft. 2.6sq.ft. plus $540 


Sheridan-Mcifinnville Section - Mcl¥innville-Tillanopk Highway 
4318-Kirby, David J. ; Settlement in lieu of putting old 


road in shape for farming - $84.50 Collins 


uld ch-Unionvale Section - Salem—Dayt ighway 
3974-Spaulding, Lorah 6.85 00 per a. + $2020 Collins 


Gannon Beach Junction Section = Hamlet Junction Highway 
5027, Ransom, Hollis, Admr. 
(Ohlsen, Olaf Est.) Maintenance 160 Lump Sua $1000 + .axes 
Station (approx. $55) DeSouza 


Multnomah County Line-Beavert Section - Tualatin Valley Highway 
5755-Savan, Elsie;and Lohr, 0.08 42000 per a. + $332 + 


Ben F. moving laurel hedge and 
flowers McChesney 


Redland Section ~ Redland—Carver County Road 


6065-Fischer, Emielie Quarry & Stock Pile Site 3¢ cu.yd. (Road Materials 
Lease) Collier 
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Mr. Say also reported a request from the Swedish-American Tercenten~ 
ary Association for a contribution of state highway fumds with which to fi- 
nance the advertising of the State of Oregon at the Association's convention 
which is to be held in Delaware on June 22, 1938. The Commission denied the 
request. 


The Commission by unanimous vote approved the minutes of the meet- 
ings held on January 5, 6, and 7, and on February 15, 16, 17, 18, and 19, 1938. 


The Engineer requested authority to acquire certain parcels of real 
property that are needed for various highway improvements throughout the state. 
He submitted a list of such properties together with prices thet he recommend- 
ed be paid for each. After careful study the Commission approved the request 
and by unanimous vote adopted the following resolution in regard thereto: 


WHEREAS, in connection with the further imorovement of the 
highways hereinafter designated, it is and has been necessary to ac- 
quire property for right of way, quarry sites, gravel or other ma~ 
terial sites, or sites for the storage of materials, as hereinafter 
more definitely set forth; and 


WHEREAS, as a result of negotiations carried on with the 
owmers of the property required, options have been obtained, which 
options have been considered by the Commission, outlining the bases 
of settlement which have been agreed upon; and 


WHEREAS, it is the judgment of the Commission that the said 
options should be approved and accepted, and/or the said reports be 
declared acceptable to the State Highway Commission as bases of set- 
tlement for the properties involved, and that the acquisition of the 
proverties should be completed: 


NOW, THEREFORE, BE IT RESOLVED that the several offers, or 
bases of settlement hereinafter enumerated be, and the same hereby 
are, approved and accepted, and that the Attorney for the State High- 
way Commission be, and he hereby is instructed to complete the ac- 
quisition of the said oroyerties and to take title thereto in the 
name of the State of Oregon. The said properties hereby ordered and 
authorized to be acquired are as follows: 


Section, Hwy., and Owmer Purpose Acres Approximate Amounts Agent 


s + Cam et Tunnel Section - Wolf Creek Highwa: 
5223B-Tower Investment Co. 14.68 $20 per a. Gardiner 


Cedar Mills—¥ 
3292-Rosander, Linus 


outh Marshfield Section - Oregon Coa. 
4871-Southern Pacific Co. 
(Correction) 


$268 per a. Bensm 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


+t: - Old on Tra hwa: 
49 on County Maintenance Site 0.10 2-yr. Lease-$10 per mo. 
Williams 
P Ovi - Old Trail 


4140-Vey, Rita 4957 sq.ft. Lump Sum $500 DeSouza 


Unity Section - John Day Highway 
3057-Elms, Sidney Snow Fence 2.12 Lease,1 yr,$10 per yr. Wells 
(Millis Elms) 
Gibb: on - er-Unit hw 
35-Baker County Scale Site 0.90 Gratis Wells 


Tr Sectiom - Baker-Homestead Hi 
5982-Correll, Edna R/W 0.30 $100 per a. plus $74.25 
Wells 


Co e-Prineville ion - Warm Spr 
58-Williams, Claude F. Gravel Pit 0.88 Land gratis,plus Chandler 


fencing 
co utte-B Mountain Se - I.0.N. hwa: 


5807-Malheur County 50.07 Gratis Wells 
581l-Haines, Emily " 0.33 $10 Lum: Sum ® 


Albany Overcrossing Section - Pacific Ea 
5158-Sears E. W. R/W 848 sq.ft. Lump Sum 9150 DeSouza 


B —Moro Sect - She 
3321-Pinkerton, Harry B. Stock Pile 3.75 Lump Sum $100 McCallister 
(Correction) 


Lebanon-Sneet_Hlone Section. — tent 0-2 


change for 0.248 a. at same 
price per a. (10800 sq.ft. )McCallister 


stbeny=lebenen Section - Santiam Highway 
khart, John G. Stock Pile 0.48 5-yr.Lease at $10 


per year McCallister 


The Attorney presented a list of vroperties as follows, which are 
needed for right of way and other purposes and on which he has been unable to 
reach satisfactory settlements with the owners: Price Price Recom- 


Demanded mended by 


6018-Siems, Chris. ‘ + 
6021-Heckman, J. R. " ? 


(Continued on next page) 
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Section, Hwy, and Owner 


Purpose 


- oe 


Acres 


Approximate Amounts 


Agent 


Dixonville-liud Hollow Sumit Section — North Umpqua Highway 
10534-—Swift, — E. Gravel Pit 145.3 5-yr.Lease at 3¢ cu.yd. iytie 


6053C-McKean, E. A. 
6053B-McKean, V, B. 


A 
‘Omenquist, Emil 
6029-Hahner, Geo. 
6024-Lamb, J. T. Inc. 
6013~Lakeview Water Users, 
6019-Favell-Utley Co. 
6030-Fox, Henry 


Bly Mountain-Beatty Section - Klamath Falls-Lakeview Highway 
5943-Godowa, Pauline Stock Pile 2.22 O per a. 


Fall 


Gravel Topping 21.62 5-yr.Lease at 3¢ cu.yd. 
Gravel Pit 20.0 


5-yr.Lease at 3¢ cu.yd. 


tis 


$35 per a. + $133.15 


$25 Lump Sum 


Gardiner 


f 

$50 per a. + fencing $47.25 " 
® 

s 


$15 Lump Sum 
$5 per a. + moving and re- 
newing fence, $72 


Interstate Avenue — Interstate Avenue HAginst 
5056A-Park, R.B. (Prudential 


e Insurance Co. ) 
5056-Thomsen, Jens (Prudential 


R/W 4243 sq.ft. 


Life Insurance Co.) R/W 4242 sq.ft. 
5380-Berwick, Clifton E. " 2122 sq.ft. 
5071-Trimble, Geo. H. " 12500 sq.ft. 
5055-Solomon, N. " 14123 sq.ft. 
5386-Kaptur, L. H. " 10 sq.ft. 
5070A-Nelson, Oscar E. 539 sq.ft. 
5069-Herrman, Simon (Jas. T. " 5000 sq.ft. 

Burtchell) (2 lots) 
5061-Pheips, Jesse L. " 108 sq.ft. 
5067-Smith, Geo. M. " 3750 sq.ft. 
5060-Crouch, James (Investors 

Syndicate) " 291 sq.ft. 
5062-Gustafson, Elmer A. " 1110 sq.ft. 
5053-Portland, City of (The 

Norris Company) " 40 sq.ft, 


worth- Section - 
5403-Portland, City of 
5434-Schnieder, Rudolph “ 
(Estate) 
5447-City Motor Trucking Co.," 
Inc. 
5417-Gray, Wm. Lotta " 


Forest Boundary-Elgin Sectioi 
6057-Heyduck, Lelia Hattie 
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- Wes 


Lump Sum $3800 


Lump Sum $3500 

5of oat + $1863.40 
sq.ft. 

10¢ sa.ft. 

20¢ sq.ft. 

10¢ sq.ft. + $96.10 

10¢ sq.ft. 


10¢ sq.ft. + $49.20 
Lump Sum $3750 for house 
and lot 


10¢ sq.ft.$275 in addition 


log sq.ft. + $164 + moving 
buildings (est.at $300) 


lod sq.ft. 


or 


1658 sq.ft. 1441 sq.ft. at 7 sq.ft. 


4.278 
4.08 
5000 sq.ft. 


~El, 
0. 19 


217 sq.ft. at 2¢ sq.ft. Parker 
$871.20 per a. + $100 " 
$871.20 per a. ° 
Lump Sum $300 . 
$100 per a. Williams 


Drews Valley Section of the Klamath Falls-Lakeview Highway 

Interstate Avenue-Denver Avenue Section of the Pacific 
Highway West 

Houlton-Warren Section of the Columbia River Highway 


land and perty owned by or in possession of the following par- 
ties and/or persons, to wit: 


Drews Valley Section of the Klamath Falls-Lakeview Highway 
D. 0. Tracy and Elizabeth Tracy; Evelyn Steel and 
R. A. Steel; Chris Siems; Oren R. Smith; E- E. Water- 
man; George E. Toozer 

Interstate Avemie-Denver Avenue Section of the Pacific 

Highway West 
John Hatala and Anna Hatala; Bawa Singh; J. Campbell; 
Thomas G. Donaca; McGuire Construction Company; Enily 
A. Reckard; Caroline W. Woodward; Eva Roskoski and A. 
Roskoski 

Houlton-Warren Section of the Columbia River Highway 
Ernest Tucker and Caroline Tucker 


as their respective interests may appear, and this Commission does 
hereby declare further that the said property or properties are 
necessary, are needful, and the. acquisi..ion thereof will be of ad- 
vantage to the State of Oregon for right of way purposes in order 
to make it possible for the State Highway Commission to properly 
locate, construct, and maintain said portion or portions of the 
said state highway system in accordance with standards adopted by 
this Commission relative to curvature, grades, alignment, drainage, 
and factors of safety. 


2. That the State Highway Rngineer be and he hereby is 
instructed and directed to properly survey the parcel or parcels of 
land required for such right of way purposes and prepare proper and 
adequate descriptions thereof, which descriptions shall be employed 
in the preparation of a deed or deeds or other instrument or instru- 
ments necessary to complete the acquisition of the said property or 
properties or which descriptions may be used in the preparation of 
@ complaint in the event that condemnation proceedings are necessary. 


3. That the boundaries of the said parcel or parcels of 
land, as defined and determined by the said survey made by the said 
Highway Engineer, along the route or location adopted by the Highway 
Commission, shall be and the same hereby are adopted and the lands 
defined therein are hereby declared to be and the same are incluied 
within the rights of way of the said portion or portions of the said 
state highway system and hereby are declared to be necessary for the 
proper location, improvement, construction, and maintenance of tue 
said portion or portions of the state highway system. 


4. That I. H. Van Winkle, Attorney General of the State 
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(List of properties needed for right of way, etc., continued:) 
Price Price Recom- 


File Demanded mended by 
No. Owner 
Not yst 

6022-Zedrolias, Matthew Drews Valley Contacted $ 97.50 
6023-Smith, Oren R. 7 : Absent 11.50 
6025-Waterman, E. E. bd bd " 5.05 
6026-Toozer, Geo. E. . " ® 5.75 
6027-Jarish, Adolph . - " 5.35 
6083-Builta, Charles 8 * $ 60.00 60.00 
Pacific Highway West 
5385- Gray, Jom H. Interstate Ave. Not stated 2,113.60 
5383-Star Sand & Gravel Co.-Shell 

O0il Co. * be bd 4,000.00 
5050-Pierrard,F. J. n 4 4.50 
5049-Singh, Bawa " Not found -60 
5051,2-Campbell, J. C. " Not stated 400.80 
5059-McGuire Construction Co. * $ 600.00 500.00 
5059-McGuire Construction Co. " Not stated 3,000.00 
5058-Reckard, Emily A. ” ® . 1,500.00 
5070-Nelson, Oscar E.~ Neiman, Oscar S. " $ 150.00 55.00 
5079-Roskoski, Eva and A. " Appraiser 
5054-Woodward, Caroline ° 658.87 
Columbia River Highway 
5730-Tucker, Ernest & Caroline Houlton-Warren Not stated 411.00 


After careful consideration the Commission approved the prices of- 
fered by the Attorney for these properties and authorized him to condemn the 
several tracts on the basis of such prices if satisfactory settlements cannot 
be reached otherwise. The following resolution in regard thereto was adopted 
by the Commission by unanimous vote: 


WHEREAS, the State Highway Commission is by law author- 
ized and directed to lay out, locate, designate, construct, improve, 
and maintain a system of state highways in the State of Oregon, and 
to acquire rights of way and to declare the necessity and need for 
the acquisition thereof, and the advantages to be gained thereby; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission as follows: 


1. That the State Highway Commission does hereby find 
and declare that it is necessary and will be of advantage to the 
State of Oregom and there is need that the State acquire for right 
of way purposes in connection with the permanent location, construc- 
tion, improvement, and maintenance of the following section or sec~ 
tions of the state highway system of the State of Oregon, to wit: 
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of way for the Albany railroad grade seperation groject also had the atten- 
tion of the Commission. The Attorney advised that the bricks are in good con- 
dition and would have a salvage value of about $1,200. Furthermore, the 
bricks could be used to good advantage in the construction of a maintenance 
headquarters building in Albany if and when such building is needed. He sug- 
gested the salvaging of this brick as a W.P-A. project at an estimated total 
cost of $2,000, of which amount the state's share would amount to $500, the 
balance reyresenting W.?.A. funds. After some discussion the Commission re- 
ferred the matter to the Engineer for further investigation and report at the 
next meeting. 


The Attorney gresented an offer from the Siletz Investment Company 
and W. F. Cary to sell to the state for right of way for the Oregon Coast High- 
way, certain lands situate at Gleneden Beach, Lincoln County. He said that 
the owners are demanding the sum of $7,500 for this property, which is ap- 
praised at about $3,000. The Comission rejected the offer by unanimous vote. 


Reconsideration was given to the matter of evicting Mr. E. N. Boy- 
len from the Sunset Inn State Park property on Bmigrent hill, Umatilla County. 
The Attorney advised that. Mr. Boylen had an agreement some time ago with the 
Commission te occupy these premises, but the agreement has expired and Mr. 
Boylen still owes the state back rent in the amount of $91.67. He further 
stated that Mir. Boylen is willing to vacate the premises and remove his build- 
ings therefrom but wants to be allowed to remain there until November of this 
year. The Commission decided to let him occupy the premises until September 
1, with the understanding that he will remove his buildings at that time and 
will pay the entire amount of the rental that is due. The Commission in- 
structed the Attorney to convey such information to Mr. Boylen and to advise 
him further that he will not be permitted to remove the buildings from the 
premises until the full amount of the rental has been paid. 


The Engineer brought up for discussion the matter of awarding the 
contract for the construction of the Airport Road Overcrossing Project on 
Northeast 42nd Avenue, Portland, bids for which are to be taken on the fol- 
lowing day. He said that Multnomah County is acquiring the right of way for 
this project, but it appears now that the right of way negotiations will not 
be completed in time to award the contract on the same day. He suggested, 
notwithstanding this situation, that bids be received as advertised but that 
the award of the contract be held until the right of way situation has been 
clarified. The Commission agproved the suggestion by unanimous vote and or- 
dered that if a satisfactory bid is received the contract be held until the 
Commission's Attorney has approved title to the right of way, and a satisfac- 
tory clearance, in writing, relative to the right of way, has been received 
from the Board of County Commissioners. (A commmication was received from 
the Board of County Commissioners of Multnomah County the following day, sat- 
isfactorily disposing of this right of way situation, and the contract for 
the project was awarded.) 


In this connection the Commission adopted as its policy, to be fol- 
lowed hereafter, that no county road projects shall be advertised for bids 
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of Oregon, and J. M. Devers, Assistant Attorney General and Attor- 
ney for the State Highway Commission, be and they are hereby re- 
quested, authorized, and directed to attempt to agree with the own- 
er or owners and/or with the tenants or persons in possession, if 
there be any, of said parcel or parcels of land with respect to the 
compensation to be paid for the taking of the same and the damage, 
if there bo any, and in the event that no satisfactory agreement or 
agreements can be reached, then it is hereby further resolved that 
the Attorney General of the State of Oregon, and J. M. Devers, As- 
sistant Attorney General, and Attorney for the State Highway Comais- 
sion, be and they hereby are requested to commence and prosecute to 
a final determination such suit or action, or suits or actions, as 
may be necessary and appropriate to acquire title to the said premi- 
ses and all rights therein for the purposes herein stated. 


5. That this resolution be entered in full in the minutes 
and records of this Commission. 


The matter of securing options for right of way needed for the pro- 
posed reconstruction of the Oregon-Washington Highway between Pendleton and 
Adems, in Umatilla County, had the attention of the Commission. The Commis- 
sion decided to defer the taking of such options until the Attorney has con- 
sulted with the officials of the Federal Land Bank in Spokane in regard to 
the payment of damages for severance. 


The Attorney brought up for discussion the matter of employing ap~ 
praisers to appraise the Security and Investment Company property in Oregon 
City, a portion of which is needed for right of way for the Bai Portland- 
Oregon City Highway in this town. After considerable discussion the Commis- 
sion authorized the Attorney to secure the services of the following men, who 
are recognized real property appraisers: J. B. Laber, Henry Reed, and N. C. 
Soule, all of Portland. 


The Attorney reported that in connection with the acquisition of 
right of way for the Albany grade separation project it was agreed that the 
state should move certain houses from Block 20 and re-establish them with 
their appurtenances on Block 19, and in order to do this properly it will be 
necesscry to extend the existing sewer from Block 18 across Jackson Street to 
the east side of Block 19. He advised that he has a letter from the City of 
Albany to the effect that this work will cost $546.50, of which amount the 
city will pay $99 for the installation of the sewer pipe across Jackson Street, 
which is a city responsibility; but the balance of the expense, $447.50, is the 
obligation of the state on account of the agreement with the property owner. 

He further advised that the city has expressed a willingness to perform this 
work for the state if the Commission so desires and will reimburse the city fol 
the expense involved. He recommended acceptance of the city's offer. The Com- 
mission approved the recommendation by unanimous vote. 


The matter of selvaging the brick in an old brewery building at Al- 
bany, which was acquired by the Commission in connection with the purchase of right 
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Request of Mrs, J. R, Huffman to maintain a store building and gaso- 
line pump adjacent to the Old Oregon Trail, near Emigrant Springs, in Umatille 
County:- The Parks Superintendent recommended against the granting of Mrs. 
Huffman's request because to grant it would establish an undesirable precedent 
and would defeat the purpose for which the timber strip adjacent to the Old 
Oregon Trail was acquired. Furthermore, it would be contrary to the estab- 
lished policy of the Commission which will not now permit encroachments of 
this kind on state highway rights of way, After discussion the Commission 4&)- 
proved the recommendation by unanimous vote; however, authorized the grant~ 
ing of a permit to Mre. Huffman to construct a private roadway across the 
state land to her property. 


Request of Frank B, Tichenor for authority to distribute publicity 
material advertising the State of Oregon at Battle Rock State Park, Port Or- 
ford, during the summer tourist season:- The Parks Superintendent advised 
that Mr. Tichenor desires to establish a tourist information bureau at this 
state park and in connection therewith to hand out literature which he pro-~ 
poses to prepare. Furthermore, that he is asking the Commission to author- 
ize him to do this at state expense for a 4-month period, at the rate of $50 
per month, He said that he now maintains 4 caretaker at thie park and can 
conceive of no benefits being derived from Mr. Tichenor's services, particu- 
larly in view of the fact that the Commission now maintains ite own Travel and 
Information Department for the dissemination of such publicity material. He 
recommended against the granting of the request, The Commission approved the 
recommendation unanimously. 


Maintenance of Chief Joseph monument at Wallowa Lake, in Wallowa 
County:- The Parks Superintendent advised that Superintendent 0. L, Babcock, 
of the Umatilla Indian Reservation, proposes to improve the site of the Chief 
Joseph monument at Wallowa Lake, with C.C.C. forces, at a cost of approximately 
$2,500, but he would like to have the state Highway Department maintain the 
premises after the monument has been completed because he has no funds avail- 
able to finance such work, The Parks Superintendent advised that he has no 
caretakers in this vicinity who could maintain this monument site; furthermore 
in his estimation, such maintenance work is a responsibility of the Indian 
Service or of the people who sponsored the project. It was hie further be- 
lief that the assumption of this obligation by the Commission would estab- 
lish an undesirable precedent and he accordingly recommended denial of the 
request, The Commission approved the recommendation by unanimous vote. 


Offer of S. C. Armitage to donate state park near Bugene:- The 
Parks Superintendent advised that this proposed park contains 33 acres of 
land situate adjacent to a cowmty road, about 5 miles north of Eugene, and 
fronts on the McKenzie River, He said that the matter has had the attention 
of the Commission on several occasions in the past but a decision has been 
deferred; that Mr. Armitage is an old man and would liks very much to have 
the state own this property and is particularly anxious that a definite de- 
cision be made as soon as possible. The Commission expressed a desire to 
view this property before making ite decision and agreed to do so in the near 
future. 
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until all right of way matters in connec*ion with same have been disposed of 
to the satisfaction of the Commission. 


The Commission had under discussion a letter from the County Court 
of Marion County in regard to the right of way for the Salem-Independence 
road project between Roberts Station and Orville, bide for which are to be re- 
ceived by the Commission on the following day. It appears that the county's 
resolution proceedings to acquire the right of way included the section from 
a point one mile north of Orville to Orville, where the road encroaches upon 
the right of way of the Oregon Electric Railroad. It also appears that the 
railroad company has offered objections to this encroachment, and when this 
information came to the attention of the State Highway Department the project 
was shortened so as to sliminate the portion where the right of way is in con- 
troversy, but the county's right of way resolution could not be corrected in 
this regard and the County Court had to start new proceedings to cover the 
limits of the project only. 


In its communication the County Court expressed a desire for the 
Commission to proceed with the taking of the bids and the awarding of the con- 
tract regardless of this fact so that the project will not be delayed. After 
some discussion the Sommission decided to proceed with the taking of the bids 
as advertised, but to defer the awarding of the contract until the right of 
way situation has been satisfactorily settled. 


The State Parks Superintendent, Mr. S. E. Boardman, was present and 
reported on the following: 


Acquisition of thirteen 4O-acre government-owned juniper tracts ad- 
jacent to The Dalles-California Highway between Bend and Redmond:- The Parks 
Superintendent advised that these tracts are worthy of preservation and that 
he believed they could be acquired from the Government at $2.50 per acre, or 
a total of $1,300, by an exchange of property owned by the State Land Board, 
which has indicated a willingness to make such exchange. He recommended ac= 
quisition of these tracts on such basis, the State Highway Engineer concur- 
ring therein, The Commission approved the recommendation by unanimous vote. 


Acquisition of spring, and reservoir site adjacent to the Umpqua 
Lighthouse State Park, in Douglas County:- The Parka Superintendent advised 
that in the development of this park it is proposed to expend $5,000 afC.C.C. 
funds in the construction of a water system, the water to be supplied from e- 
spring located on private property adjacent to this park area, He further 
advised that the owner of this property refuses to give right of way for the 
pipe line from the spring to the park or to set a price for the same, He re- 
quested authority to offer the man $100 for one acre of land that is involved, 
including the area on which the spring is located, reservoir site, and the 
right of way for the pipe line. In the discussion of this matter it was 
brought cut that the state has already secured a water right for this spring 
and that it would be advantageous to acquire several acres rather than just 
enough land to include the spring and reservoir site. Accordingly, the Parke 
Superintendent was authorized and instructed to negotiate with the owner for 
the acquisition of the larger tract and report later the results thereof. 
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(Williamson River Bridge Section, continued: ) 


Tom Liilebo $34,653.00 
Kuckenberg Construction Company 35,513.40 
W- D. Miller Construction Company 36,523.90 
C. J. Montag & Sons 36,582.50 
G. 1. Stebbins Construction Company 38,139.00 
Leonard & Slate 40,515.00 
Sig Ash 41,280.00 


KLANATH FALLS-LAKEVIEW HIGHWAY 
COTTONWOGD CREEK-MADDOCK CORNER SECTION 
GRADING, AND TALUS ROCK ROADBED TOPPING 


: McNutt Bros. $23,834.50 
E. L. Rigdon 26,014.50 
E. C. Hall Company 26,041.50 
Babler Bros. 26 , 711.00 
| Clifford A. Dunn 26 , 740.00 
D. L. Ashton 28,236.50 

Leonard & Slate 30,503.00 

F. C. Dillard 33,047.00 

CORVALLIS-HARRISBURG COUNTY ROAD 
PEORIA-HARRISBURG SECTION - SURFACING AND OILING 
Using Road Oil Using Tar 

Clifford A. Dunn $38,451.00 $ 

Edwin C. Gerber 39,352.20 

Saxton, Looney & Risley 39,811.00 

0. C. Yocom 40,728.00 

McNutt Bros. 42,141.00 

Babler Bros. 42,227.00 

E. C. Halli Company 42,625.70 

Harold Blake 43 «234.00 

J. C. Compton 44,972.60 

Warren Northwest, Inc. 46,363.50 

HALLS FERRY COUNTY ROAD 
ROBERTS-ORVILLE SECTION - SURFACING AND OILING 
Using Road Oil Ueing Tar 

McNutt Bros. $13, 805.00 $1,037.00 

Harold Blake 16,649.50 

Edwin C. Gerber 16,852.00 sith 

River Bend Sand & Gravel Company 18,236.00 

J. C. Compton 18,669.00 

Saxton, Looney & Rislay 19,374.00 

Wacren Northwest, Inc. 20,135.50 

Babler Bros. 20,477.00 20,423.00 


Juv 2 1938 


Proposed Park adjacent to the Oregon Coast Highway north of Nel- 
scott, Lincoln County:- The Parks Superintendent gave as his under's tanding 
that a delegation will come before the Commission during this meeting and urge 
the Commission to purchase this 115-acre tract for the sum of $21,000. He 
said thet the tract does not fit into the state parks picture and recommended 
that the delegation be so informed. The Commission indicated concurrence in 
the Parks Superintendent's viewpoint but decided to view this property on Sat- 
urday morning, June 4, enroute to Medford, before making a definite decision 
in regard thereto. 


The Commission adjourned at 11:00 o'clock p. m., to ~econvene at 
9:00 o*clock on the following morning in the Public Service Building Auditors 
iun. 


Portland, Oregon, June 2, 1938. 
The State Highway Commission reconvened at 9:00 o'clock a. m. in the 
Auditorium of the Public Service Building. Present were all three Commission- 
ers, the State Highway Engineer, the Attorney, and the Secretary. 
Bids as follows for highway construction projects, sale of bridge 
steel, sale of buildings, and sale of three vacant lots in Albany, were opened 
and read, in conformance with previously published notice: 


UPPER NEHALEM COUNTY ROAD 
SHEELEY BRIDGE SECTION - SURFACING AND OILING 


Using Road Oii 


Using Tar 
Warren Northwest, Inc. $12,573.00 
Babler Bros. 13,538.00 
Harold Blake 15,186.00 
J. C. Compton 15,998.00 


COLUMBIA RIVER HIGHWAY 
ST. HELENS-WARREN SECTION - GRADING AND ASPHALTIC CONCRETE PAVING 


Newport Construction Company and Kern & Kibbe $ 37,614.70 
E. C. Hall and Warren Northwest, Inc. 90, 752.00 
Theo. Arenz 97,824.00 
Harold Blake 100,818.00 


PACIFIC HIGHWAY 
BEAR CREEK-ASHLAND SECTION - ROADSIDE IMPROVE‘ENT 


M. C. Lininger & Son $3,655.50 
River Bend Sand & Gravel Company 6,504.00 


THE DALLES-CALIFORNIA HIGHWAY 
WILLIAMSON RIVER BRIDGE SECTION - REINFORCED CONCRETE BRIDGE 


Mountain States Construction Company $31,790.00 
Clifford A. Dunn 32,855.00 


(Continued on next page) 
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BUILDING NO. 5412 
(Former Owner Wm.Habernicht) 
Sullivan Wrecking Comoany 


BUILDING NO. 5413-2 
(Former Owner 0.W.R.R.& N.Company) 
Sullivan “recking Company 


BUILDING NO 5416 
(Former Owner Philip F. Buebke) 
Sullivan Wrecking Com any 


BUILDING NO. 5255 
(Former Owner Chas. L. Schneller) 
Sullivan Wrecking Co. 


BUILDING NO. 5566 
(Former Owner Maude Tanner) 
Sullivan Wrecking Company 


SALE OF RESIDENCE BUILDINGS AT WEST PORTLAND 


BUILDING NO. 4589 
(Former Owner John G. Maycock) 


BUILDING NO. 5037 
(Former Owner John T. Paulson) 


SALE OF RESIDENCE BUILDING AT WARREN 


BUILDING KNOWN AS "VASA HALL" 
(Former Omer Einer Carlson) 
Sullivan Wrecking Company $31.79 


SALE OF SCRAP BRIDGE STEEL FROM LITTLE NESTUCCA RIVER BRIDGE 
OREGON COAST HIGHWAY 


Alaska Junk Company $378.04 
Sam D. Rawson 107.84 


SALE OF THREE VACANT TRACTS IN ALBANY 
H. D. and Barbara J. Rohde $1,000.00 


Chairman Cabell announced that the awards in connection with the 
bids received would be made at 3:00 o'clock p. m. in the same room. He also 
announced that the Commission received bids for the construction of the Tone 
Bridge, over Trask River, in Tillamook County, on behalf of Tillamook County 
Court, to whom the bids will be referred for disposal. He cautioned bidders 
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NORTI..EST THOLPSON COUNTY ROAD 
WASHINGTON COUNTY LINE-SKYLINE BOULEVARD SECTION - GRADING, 
SURFACING AND OILING 


Saxton, Looney & Risley $32,669.00 
Harold Blake 33,301.50 
Homer G. Johnson 36,239.10 
Babler Bros. 37,568.00 


NORTHEAST PORTLAND HIGHWAY 
AIRPORT ROAD OVERCROSSING ON NORTHEAST 42nd AVENUE 
OVER THE 0.W.R.R.& N. TRACKS 


Barham Bros. $41,537.50 
Shattuck & Neland 42,003.50 
Frank Watt Construction Company 43,296.30 
Gilpin Construction Company 43,670.00 
Birkemeier & Saremal 43,830.00 
L. H. Hoffman 45,098.00 
Averill & Corbin 45,445.00 
Kuckenberg Construction Company 45,693.00 
Parker-Schram Company 47,305.00 
Portland Bridge Company 49,090.00 
Theo. Arenz 51,980.00 
Kern & Kibbe 55 645.00 

CHENOWETH COUNTY ROAD 

CHENOWETH CREEK-THE DALLES SECTION 
GRADING, SURFACING AND OILING 
H, L. Rice $12,884.50 
Bebler Bros. 16,943.00 
OF RESIDENCE BU AT 
BUILDING NO. 5178 
(Former Owner Augusta Otto) 

C. R. Wendel $102.00 

BUILDING NO. 4968 

(Former Owner World War Veterans' State Aid Com.) 

No bids received 

BUILDING NO. 4957 

(Former Owner Barbara Kinney) 
No bids received 
SALE OF RESIDENCE BUILDINGS AT NORTHEAST PORTLAND 
BUILDING NO. 5408 
(Former Owner H. C. Rath) 

Sullivan Wrecking Company $ 1.00 
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dusty condition, and that numerous accidents have occurred. He gave as his 
thought that the Commission is obligated morally and legally to improve the 
road because the county several years ago built a 4-mile section thereof at 
the upper end at a cost of some $20,000, in accordance with a previous under- 
standing and agreement with a former highway commission, but the state was 
precluded from proceeding with its share of the work because of a change in 
the secondary highway law. 


The Engineer doubted that the road has sufficient rock base to hold 
an oil treatment. Commissioner Aldrich gave as his understanding that the 
upper 4 miles of this section is in satisfactory condition to receive a light 
oil treatment but that the balance needs rock stabilization. After further 
discussion the Commission referred the matter to the Engineer for investige- 
tion and report as to whether or not the upper 4~mile section is in suitable 
condition to receive an oil treatment, such report to be rendered at the next 
meeting of the Commission on June 15. The Commission advised the delegation 
that the investigation is not to be construed in the least as 4 commitment of 
funds to oil the road at this time, because there is a shortage of funds to 
finance the work, but is simply to determine the feasibility of the job. 


Mr. Meiners then brought up for discussion the matter of the state 
abandoning the state highway between Cold Springs and the Cold Springs Landing 
as an aid to the Pendleton Grain Growers' Association in the construction of 
a grain elevator and dock on the end of this road to facilitate the movement 
of wheat on Columbia River barges. He said that the road is not improved but 
that the county is willing tc assume responsibility for the same and is also 
willing to turn over to the state jurisdiction over the oiled county road ex- 
tending from Cold Springs to the warehouse at the Cold Springs siding of the 
0.W.R.& N. Company. The matter was discussed briefly but the Commission took 
no action thereon due to the question of the Commission's legal ability to 
abandon the highway, this being a primary state highway which cannot be re- 
moved from the state highway system sxcept by legislative action. 


Mr. Meiners then asked the Commission to construct fireguards along 
the secondary state highways between Echo and Butter Creek where, he seid, 
costly fires have heretofore occurred. The Commission denied the request be- 
cause of the expense involved; however, instructed the Engineer to erect 
signs at particularly hazardous points cautioning the traveling public about 
throwing lighted matches, cigarettes, et cetera, from automobiles, while trav- 
eling. 


A delegation from Deschutes County, consisting of County Commission- 
er Wm. Baer and County Commissioner Millard T. Triplett, and elso the Secre- 
tary of the Bend Chamber of Commerce, Mr. Don Peoples, came before the Commis- 


sion in regard to rerouting Century Drive Secondary State Highway along River- eB | 
side Boulevard, in Bend, from Franklin Avenue to the jumtion of the present 
routing at Tumalo Avenue, so as to eliminate the right-angle turn in the pres- 
ent route at the intersection of Franklin Avenue and Broadway. In this con- ‘i 


nection the Secretary presented a letter from the Deschutes County Court re- 
questing such change in routing because of its value from the scenic stand- 
point, being located along the south side of the city park, which is situate 
on the banks of the Deschutes River. 


| 
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hereafter, when submitting bids for county road projects, to use the proposal 
bond forms prepared for county roads rather than the state forms. 


The County Court of Klamath County, Tepresented by County Commis- 
gioners Roy Taber and Wm. F. B. Chase, came before the Commission in regard to 
the allocation of Federal Aid Secondary Highway Funds in Klamath County. They 
gave as their understanding that the Commission proposes to spend $61,000 of 
such funds in Klamath County and has allocated $25,000 of the 1939 funds for 
erade widening, surfacing, and oiling 4 section of the Klamath Falls-Lakeview 
primary state highway, which is contrary to their wishes and expectations be- 
cause they had it in mind that the money must be spent for county road con~ 
struction and that the Commission would finance the improvement of the Klan- 
ath Falls-Lakeview Highway with other funds. 


The Engineer advised that the Commission did not select the proj- 
ects for the Federal Aid Secondary Highway System until it had consulted with 
all of the county courts, and the Commission thought that it was doing pretty 
well by Klamath County when it allocated $61,000 to the roads of that county. 
He explained the Federal Government's requirements for the expenditure of the 
funds under discussion, which precludes their being used to finance roads on 
the Federal Aid Primary Highway System, but does not prohibit the expenditure 
of such funds on other roads in the state, whether they are on the state high- 
way system or not. The Klamath Falls-Lakeview Highway, he said, is a primary 
state highway but it is not a Federal Aid highway, hence is qualified for the 
Federal Secondary Road Funds, as are the county roads, and the Commission de- 
cided to allocate some of the funds to this road in view of its importance as 
a farm-to-market route, and because no other funds were available for its im- 
provement. 


Chairman Cabell confirmed the remarks of the Engineer and advised 
that the Commission thought it was doing just what the people of Klamath Coun~ 
ty wanted done, as expressed by delegations from that county at previous higiu- 
way meetings. He added that it is now too late to change the adopted program. 


Messrs. Chase and Taber then reitereted their objections to the ex- 
penditure of these cunds on primary state highways at the sacrifice of farm- 
to-market roads, and asked that. the Commission's record show that they want 
this money spent either on county roads or on roads that are in the state sec- 
ondary highway system. They filec with the Commission a resolution adopted 
by the Klamath County Court on May 25, 1938, in support of their oral remarks 
and outlining the stand that the County Court takes in regard thereto. 


After further discussion the Commission decided definitely to pro- 
ceed with the present plans for the improvement of the Klamath Falls-Lakeview 
Highway in the Federal Aid Secondary Highway Program. 


A delegation from Umatilla County, consisting of County Commissioner 
Wm. R. Meiners, F. T. Jackson, and W. L. Rayburn, of Weston, came before the 
Commission and asked for the oiling of a i4-mile section of the Weston- 
Elgin Secondary State Highway from Weston toward a place mown as Toligate. 
Mr. Jackson stated that this is a dangerous road to travel because of its 
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in charge of this matter appreciates the fact that the erection of their mar- 
ker on the highway right of way, which is only 60 feet wide at this point, 
would create a traffic hazard, so they have secured permission from the owner 
of adjacent property to erect the marker on his land, which is entirely sat- 
isfactory from all standpoints. The Commission approved the report. 


Consideration was given by the Commission to the Engineer's report 
on the complaint of Mr. Frank Ott that the reconstruction of the Fremont High- 
way in front of his premises near Paisley, Lake County, has caused him loss 
in revenue from his property by reason of the fact that certain lands which 
he has heretofore irrigated cannot now be irrigated because of the lowering 
of a certain siphon across the highway. The Engineer advised that the irri- 
gation system has been reconstructed and is now working very satisfactorily, 
and efficiently irrigating all of Mr. Ott's land previously under irrigation, 
with the exception of about .7 of an acre. He recommended that settlement be 
now made with Mr. Ott in accordance with the mutual understanding and agree- 
ment that was had with Mr. Ott at a previous meeting. The Commission ap- 
proved the recommendation by unanimous vote. 


The Engineer reported on the cost to construct a non-skid wearing 
surface on Farmington Secondary Highway No. 142, for a distance of about one- 
half mile in the town of Beaverton, as has been requested by the District 
School Board of the Beaverton Public Schools. He estimated that such improve- 
ment would cost about $600, and recommended approval of the project for con- 
struction during the 1938 season inasmuch as the present pavement is very 
smooth and dangerous to travel during wet weather. The Commission approved 
the recommendation by unanimous vote, the project to be paid for from the 
Emergency Fund in view of the fact that no provision has been made in the 
1938 budget for the same. 


The Commission had under consideration the opinion of the Attorney 
General as to whether employees of the State Highway Department who are to be 
covered by the schedule fidelity bond that the Commission is contemplating 
purchasing, are to be deemed employges or public officials. The Commission's 
Attorney advised that he contacted the Attorney General in regard to this mat- 
ter and was referred to the Attorney General's opinion dated April 13, 1923, 
on this subject, in which opinion the Attorney General advises as follows: 


| 


te 


"The answer to your question depends upon whether or not the 
discharge of the duties of clerks, officers and assistants to be 
employed by the commission pursuant to said Section 44-109, involves 
the exercise of any of the governmental functions delegated to the 
Oregon State Highway Commission. If the duties of such employees 
are to act in a clerical or advisory capacity they are not in ny 
opinion public officers, but if they or any of them have power to 
decide questions of governmental policy for the commission they 
are public officers. It would appear, however, that such employees 
are not appointed nor do they hold office for a definite time, 
their relation to the commission being created by contract which 
is subject to termination et the will of the commission or as 
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ir. Baer suggested the improvement of Riverside Boulevard and Cen- 
tury Drive easterly from the Deschutes River Crossing as a satisfactory proj- 
ect for the state secondary funds that have accumulated to the credit of Des- 
chutes County, together with the $3,000 that the county owes the state and 
which the county is willing to pay the state if the Commission will spend it 
on @ suitable project in Deschutes County, making a total of approximately 
$8,000. After considerable discussion the Commission decided not to reroute 
the secondary highway in Bend at the present time; however, approved the oil- 
ing of Century Drive Secondary Highway westerly from the Deschutes River 
Bridge as far as the funds available will permit. The Engineer was instruct- 
yee A the Commission to prepare this project for contracting in July, if pos- 
sible. 


Mr. Peoples then asked the Commission for the oiling of the Sentiam 
Highway from the junction with the North Santiam Highway easterly to the end 
of the present oiled surface near Suttle Lake. Chairman Cabell agreed that 
this would be a good oiling aroject to include in the construction -rogram 
but the Commission cannot do it this year because funds are not available to 
finance the same. 


The Commission discussed a letter from Mr. W. H. Lynch, District 
Engineer, Bureau of Public Roads, answering the Engineer's inquiry as to 
whether or not the proposed illumination project on the Interstate Avenue Sec- 
tion of the Pacific Highway West, Portland, will be eligible for federal par- 
ticipation. M:. Lynch advised that the Chief of the Bureau of Public Roads 
holds that the use of the motor vehicle revenue for illumination of highways 
within cities will constitute a diversion of such funds, inasmuch as illumina- 
tion within cities is not primarily for the safety of vehicular traffic but 
is for other major purposes, hence it does not appear that such installation 
within cities would be eligible for varticipation with Federal Aid. The Engi- 
neer gave as his thought that there is still a possibility that the Government 
can be prevailed upon to reverse its decision; and, in view thereof, suggest- 
ed that the Commission proceed with its plans for the installation of this 
lighting system, but that the work be done under separate contract from the 
road contract. ‘The Commission approved the suggestion by unanimous vote and 
instructed the Engineer to contact the federal authorities again in an endeav- 
or te secure a change in the attitude taken relative to federal participation. 


The Attorney reported satisfactory conclusion of negotiations with 
officials of the State of Washington concerning appropriation by the Oregon 
Highway Department of gravel and materials from the bed of the Columbia River 
to be used in the construction of @ roadbed or grade for a new highway up the 
Columbia River Gorge. He said that an agreement has been executed by the 
Commissioner of Public Lands for the State of Washington, and the Board of 
Control of the State of Oregon, covering the matter. The Commission approved 
the report. 


The Engineer reported satisfactory conclusion of negotiations with 
the Douglas County Court and the American Legion Auxiliary of Roseburg, for 
the placing of a marker for the memorial drive leading from the Pacific High- 
way to the Veterans' Home just north of Roseburg. He said that the coamittee 
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with such disposition of his claim. The expense of the bridge construction 
work is to be paid out of the emergency fund because no provision for the same 
has been made in the 1938 budget. 


The Engineer discussed with the Commission the matter of reconstruct- 
ing Sandy Boulevard in Portland. He said that to do this job properly would 
require resurfacing of the street throughout its entire length and would cost 
approximately $225,000, which amount, in his estimation, is more than the Com- 
mission can spare for the purpose at the present time, particularly in view 
of the fact that the Portland Traction Company, which is to pay for part of 
the work, will not contribute more than $25,000 of the cost of the same. He 
suggested that it might be advisable to do about one-half of the project at 
this time, from 15th Avenue to 45th Avenue, which would include the congested 
district in Hollywood; which, he estimated, would cost about $130,000, pro- 
vided the street-car company would agree to the covering up of its rails be- 
yond these limits; and, vrovided further that the Bureau of Public Roads would 
approve the project on such basis, it being proposed to finance the work as & 
Federal Aid project and to charge the cost against the Portland district's 
share of the 1939 allocation of federal funds. After discussion, the Commis- 
sion by unanimous vote approved the Engineer's suggestion subject to satisfac- 
tory solution of the rail matter and a decision as to the completion of the 
balance of the project. The Engineer was instructed to contact the street- 
car company officials and the Bureau of Public Roads engineers in regard 
thereto and to report the same to Chairman Cabell. 


Claire Parker, right of way buyer, brought up for discussion the matter 
of the sale of a water meter from a house purchased in connection with right 
of way negotiations in Northeast Portland. Mr. Parker advised that since the 
Commission purchased this house someone entered it and removed the water me- 
ter, but the thief was found and the meter has been returned. Also, that he 
has an offer from Mr. Porter Yett, Portland, to >urchase the meter for the 

sum of $15. He recommended acceptance of ir. Yett's offer. The Commission 
approved the recommendation unanimously. 


; 
: The Commission adjourned at 12:15 o'clock p. m. and reconvened at ss 
: 2:00 o'clock p. m. in the same room, with all Commissioners, the Attorney, 

and the Secretary present. 


A delegation from Cottage Grove, consisting of County Judge N. EBs 
Glass, and Messrs. S. L. Godard, L. C. Schroeder, Frank Heck, V. T. Randall 
and John Durr, Secretary of the Eugene Chamber of Commerce, was present in 
the interests of the reconstruction of the Pacific Highway along the newly- 
adopted route through the town of Cottage Grove. Judge Glass was spokesman 
for the group. He urged the Commission to construct the new route immediate- 
ly so that contemplated business development can proceed and as an aid in re- 
lieving-the unemployment situation that exists in the Cottage Grove district. 
He recalled that when the Commission conducted its hearing in Cottage Grove 
to ascertain the sentiment of the people with respect to rerouting the high- 
way, such sentiment was @ivided, about 50 per cent of the people being in fa- 
vor of the new route and the others desiring no change. However, since then, 
he said, the businessmen have agreed to the new routing; so, as far as he is 
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ed by the terms of the contract. Unless there is a clear 
delegation of authority to exercise governmental functions, such 
employees are not aublic officers." 


The Commission's Attorney gave as his personal opinion, based upon 
the law as construed and declared by the Attorney General, that these employ- 
ees are employees only and not public officials, because he is quite certain 
that it cannot be held or shown that the Highway Commission has delegated 
to these employees the right to exercise governmental functions or discretions 
vested in the Highway Comnission. He suggested that, if the Commission ap- 
proves this opinion, the company to whom the Commission awards the contract 
for furnishing the schedule fidelity bond be furnished with a copy of the At- 
torney General's opinion together with a certificate from the State Highway 
Commission to the effect that its employees merely carry out orders and in- 
structions and that there is not delegated to them any of the governnental 
functions which have been delegated by the legislature to the Stete Highway 
Commission. The Commission indicated approval of the opinion 4s rendered but 
deferred action on the purchase of the bond until the following day. The Sec- 
retary was instructed to discuss the matter further with the representative | 
of the bonding company in the meantime. (The contract was awarded to the 
Ohio Cagualty Insurance Company the following day.) 


The Engineer revorted on the cost to reconstruct the Umpqua Highway 
on permanent alignment through the town of Reedsport to a connection with the 
existing highway east of that tom. He estimated that such project would 
cost approximately $47,400. The Commission ordered the report filed for fu- 
ture consideration, due to the fact that there are no funds available to fi- 
nance the project at this time. 


The Commission considered the claim of Mr. Chester Mace, Burns, Ore- 
gon, for reimbursement for losses that he alleges he sustained by reason of 
improper culverts and bridges on the John Day-Burns Highway approximately one 
mile north of Burns. Mr. Mace alleges that on account of such improper cul- 
verts and bridges high water from the Silvies River overflowed his alfalfa 
field, ruining approximately 25 acres thereof and damaging him to the extent 
of $3,000. The Engineer advised that inspection of the field reveals that 
some 15 or 20 acres appear to be dead, although it is yet too early to deter- 
mine definitely whether or not the root system of the alfalfa has been kilsed 
by the high water. He further advised that, while the present bridge struc- 
tures are adequate to carry the normal flow of water, they are inadequate to 
take care of flood waters such as occurred last winter, consequently, the wa- 
ter backed up over Mr. Mace's oroperty, the highway grade acting as a dyke. 

He recommended, in order to alleviate this condition, that the Silvies River 
Bridge be extended one 19-foot span on the east side and that a 17-foot span 
bridge be constructed on the highway approximately one thousand feet north- 
east of the Silvies River Bridge, and that such work be done some time during 
the present construction season, at an estimated cost of $1,000. He also rec- 
ommended that no action be taken on Wir. Mace's claim until it is Imowm def- 
initely whether or not his alfalfa has actually been killed by reason of this 
high water. The Commission approved the Engineer's recommendation by unani- 
mous vote and decided to stand suit in the event that Mr. Mace is not satisfied 
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what is troubling the ovmers is the taxes on the balance of their property. 
He mentioned that difficulty has been experienced in controlling traffic 
along the beach and they feel that if the beach were owned and controlled by 
the state the solution of traffic problems would be much simpler, hence their 
desire for state ownership. He offered, on behalf of the owners, to sell the 
beach area to the state for the sum of $20,000, which amount they propose to 
pay to Clatsop County in order to clear the tax burden on the balance of 
their land. He also said that the owmers will donate a 20-foot strio of land 
fronting on the beach for roadway purposes. 


Others sveaking on behalf of this proposition were Messrs. Taylor, 
Ferril, and Honeyman. 


Chairman Cabell advised that the Commission has only a limited 
amount of funds budgeted for the purchase of park and recreational areas and 
for the maintenance of the same and that it is the policy of the Commission 
to spend this money for outstending properties desirable from the scenic 
standpoint. He further explained that the State of Oregon now owns practi- 
cally all of the ocean beach, in view of which, in his opinion, the general 
public would not support the Commission in spending public funds to acquire 
the peach at Gearhart, particularly in view of the fact that this area is 
privately owned and most of the benefits would accrue to private parties. He 
expressed regrets that the Commission cannot help out in this matter but 
feels definitely that it cannot do so. 


Commissioner Aldrich concurred in the remarks of Chairman Cabell 
and added that it would be a fine display of public spirit if the ocean beach 
were presented to the state as a gift, but he did not think that the Commis- 
sion would be justified in expending £10,000 to acquire the seme when there 
are so many other places in the state where the money is needed and could be 
used to better advantage from the general vublic stand oint. 


Messrs. W. F. Case, Inspector for the United States Post Office De- 
partment, and Percy C. Caufield, Postmaster at Oregon City, were present and 
inquired as to the Commission's plans for the improvement of Fifth Street in 
Oregon City, requiring the narrowing of the sidewalk in front of the post- 
office building and the srohibiting of the parking of cars on Fifth Street in 
front of the post office. Mr. Case advised that he has an inquiry from his 
superiors in Washington, D C., in regard to this matter and they have asked 
him for a report on the same at once. 


The Engineer explained the plans of the Commission for this project 
necessitating cutting back the sidewalk and the prohibition of parking of 
cars for about 100 feet on Fifth Street, west of Main Street, so as to pro- 
vide for four lanes of moving traffic. He also said the olan inciudes the 
installation of an automatic traffic signal. 


Mr. Case informed the Commission that he was not present to criti- 
cize the Commission's plans but simply to secure information for transmittel 
to officials in Washington. He said he doubted, however, that such officials 
would approve the plan because it would bring the highway just that much 
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able to ascertain, there is now no objection thereto. He presented three pe- 
titions urging the Commission to construct this project immediately, one of 
which petitions was signed by 47 people representing contractors and material 
men; the second by 43 persons representing businessmen of Cottage Grove; and 
the third by 190 citizens representing the public in general, 


Others speaking in behalf of this project and endorsing the remarks 
of Judge Glass were Mr. Schroeder, in behalf of the Cottage Grove Chamber of 
Commerce; Mr. Godard, Mr. Randall, and ir. Heck. Mr. Randall inquired when 
the Commission proposes to construct this project. He was informed by Chair- 
man Cabell that the Commission cannot give any assurance that the job will be 
started at any particular time, it being 4 matter dependent entirely upon the 
Commission's finances. In any event, he said, it cannot be considered until 
the Eugene-Juncticn City project is completed. He advised that the Comaission 
would consider the project in the formulation of next year's construction pro- 
gram but cannot make a definite promise in regard thereto at the present time. 


Mr. Heck inquired, if the Commission set right of way stakes now 
along the new alignment, would these be changed later? He was informed by 
Chairman Cabell that it is not mandatory upon 4 new Commission to follow the 
plans outlined by its predecessor and such new highwey commission could change 
the plans if it so desired. Mr. Durr thanked the Commission for the progress 
that is being made on the construction of the Junction City-Bugene Section of 
the Pacific Highway and for the work that is being accomplished on the Willam- 


mette Highway. 


County Judge Nelson B. Higgs, of Harney County, and Mr. Archie Mc- 
Gowan, of Burns, came before the Commission in the interests of the Central 
Oregon Highway. They particularly asked that the contract for the oiling of 
the Brothers-Lake County Line Section be advanced so that the work can be 
completed this year. The Engineer advised that it would be impossible to 
award this contract before September and in any event no advantage would re- 
sult from contracting the work sooner, because the oiling could not possibly 
be done until next year. By contracting the work in September, he said, the 
grading and surfacing can be accomplished before spring and the oiling work 
just as soon as weather conditions will »ermit so that the road will be ready 


for the next tourist season. 


Judge Higgs asked the Commission to hasten the oiling of the Cen- 
tral Oregon Highway between Burns and Buchanan and between Juntura and Harper. 


A delegation headed by Mr. James L. Conley, attorney, Portland, and 
including a Mr. Taylor, representing the Gearhart Park Company; Robert S. Fer- 
ril, Jr.; T- D. Honeyman; U. S. Badger, all of Portland; and Mayor J. L. Bur- 
gess of Gearhart, came before the Commission in regard to the tidelands at 
Gearhart. Mr. Conley advised that the Gearhart Park Company owns 300 acres 
of tidelands and ocean beach at Gearhart, extending from the Necanicum River 
northerly to a point about 1/4 mile north of Gearhart; that it has good title 
to this property except for delinquent taxes amounting to about $50,609.16, 
which he believes Clatsop County will cancel upon the payment of the sum of 
$10,000. The taxes on the beach area proper, he said, are gaid in full but 
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Road, in Linn County. 6.0 miles surfacing and 12.94 miles oiling. 
The low bid submitted for this project was that of Clifford A. Dunn, 
Klamath Falls, at $38,461.00, based on the use of road oil. He did 
not submit a bid based on the use of tar. The next low bid wes sub- 
mitted by Edwin C. Gerber, Oregon City, at $39,352.20, based on the 
use of road cil. He did not submit a bid based on the use of tar. 
There were 8 higher bidders. The Commission awards this contract to 
Clifford A. Dunn at his low bid of $38,461.00, using road oil. 


"Roberts-Orville Section of the Halls Ferry Guay Roail,in Marion 
County. 3.33 miles surfacing and oiling. McNutt sros., Eugene, sub- 
mitted the low bid for this project at $13,805.00, using road oil, 
and $14,037.00 based on the use of tar. Harold Blake, Portland, sub- 
mitted the next low bid at $16,649.50, based on the use of tar. He 
did not submit a bid based on the use of road oil. Edwin C. Gerber, 
Oregon City, submitted the third low bid at $16,852,00, based on the 
use of road oil. He did not submit a bid based on the use of tar. 
There were 5 higher bidders. The Commission has referred all bids 
received for this project to the Engineer with »ower to award the 
contract to the low bidder when certain conditions have been satisfied. 


"Washington County Line-Skyline Boulevard Section of the North- 
west Thompson County Road, in Multnomah County. 1.73 miles grading, 
surfacing and oiling. The low bid submitted for this project was that 
of Saxton, Looney & Risley, Oak Grove, at $32,669.00. The next low 
bid was submitted by Harold Blake, Portland, at $33,301.50. There 


were 2 higher bidders. The Commission has referred all bids received 
for this project to the Fngineer with power to award the contract to 
the low bidder when certain conditions have been satisfied. 


"Airport Road Overcrossing on Northeast 42nd Avenue over the 
O.W.R.R.& N. tracks at Northeast Portland Highway, in Multnomah Coun- 
ty. Barham Bros., Salem, submitted the low bid for this project at 
$41,537.50. Shattuck & Neland, Portland, were the next low bidders 
with a bid of $42,003.50. There were 10 higher bidders. The Commis- 
sion has awarded this contract to Barham Bros. at their bid price of 
$41,537.50. 


"Chenoweth Creek-The Dalles Section of the Chenoweth County 
Road, in Wasco County. 0.70 mile grading and 1.19 miles surfacing 
and oiling. The Commission received two bids ror this project, the 
low one being that of H. L. Rice, Portland, at $12,884.50. The 
other bid was submitted by Babler Bros., Portland, at $16,943.00. 
The Commission has rejected both of these bids and has ordered the 
project readvertised." 


Buildings in Albany: 

"Building No. 5178, formerly owned by Augusta Otto. The Com- 
mission received one bid for this building, being that of C. R. 
Wendel, Albany, at $102.00. The Commission considers this offer 
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closer to the post-office building and because the street-car tracks on Main 


Street make it impossible for automobiles to turn around on that street. 
Commission instructed the Engineer to furnish Mr. Case with maps at once show- 


ing the plans for the improvement at this location. 


At 3:00 o'clock p. m. Cha‘rman Cabell announced the following 


awards of contracts, sale of buildings, scrap steel, et cetera, for which 
bids were taken at tk: morning session: 


JON 2 


"Sheeley Bridge Section of the Upper Nehalem County Road, in Co- 
lumbia County. 3.22 miles surfacing and oiling. The low bid re- 
ceived for this project was that of Warren Northwest, Inc., Portland, 
at $12,573.00, based on the use of tar. This company did not submit 
a bid based on the use of road oil. The next low bid was that sub- 
mitted by Babler Bros., Portland, at $13,538.00, based on the use of 
tar. They also did not submit a bid based on the use of road oil. 
There were 2 higher bids received. The Commission rejected all bids 
received for this project and ordered it readvertised. 


"St. Helens-Wiarren Section of the Columbia River Highway, in Co- 
lumbia County. 3.95 miles grading and asphaltic concrete paving. 
Newport Construction Co. & Kern & Kibbe, Portland, submitted the low 
bid for this project at $87,614.70. E. C. Hall and Warren Northwest, 
Inc., Eugene, submitted the next low bid at $90,752.00. There were 2 
higher bidders. The Commission has awarded this contract to Newport 
Construction Co, and Kern & Kibbe at their low bid of $87,614.70. 


"Bear Creek-Ashland Section of the Pacific Highway, in Jackson 
County. 0.41 mile roadside improvement. There were 2 bids received 
for this project, the low one being that of M. C. Lininger & Son, 
Ashland, at $3,655.50. The other bid was submitted by the River Bend 
Sand & Gravel Comvany, Salem, at $6,504.00. The Commission has award- 
ed this contract to Hi. C. Lininge> & Son at their low bia of $3,655.50. 


"Williamson River Bridge Section of The Dalles-Californie High- 
way, in Klamath County. Construct 342 lin. ft. reinforced concrete 
bridge. The low bid for this project was submitted by Mountain 
States Construction Company, Eugene, at $31,790.00. The next low bid 
was submitted by Clifford a. Dunn, Klamath Falls, at $32,855.00. 
There were 7 higher bidders. The Commission awards this contract to 
Mountain States Construction Company at its low bid of $31,790.00. 


"Cottonwood Creek~Maddock Corner Section of the Klamath Falls- 
Lakeview Highway, in Lake County. 2.0 miles grading and talus rock 
roadbed topping. McNutt Bros., Eugene, submitted the low bid for 
this project at $23,834.50. E. L. Rigdon, Paisley, submitted the 
next low bid at $26,014.50. There were 6 higher bids. The Commis- 
sion awards this contract to liclutt Bros. at their low bid of 
$23,834.50. 


"Peoria-Harrisburg Section of the Corvallis-Harrisburg County 
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"Building known as 'Vasa Hall', formerly owner by Einer Carlson, 
Sullivan Wrecking Company, Portland, submitted the only bid for this 
job at $31.79. The Commission accepted this offer and sold the 
building to Sullivan Wrecking Company for $31.79." 


Scrap Bridge Steel: 

"Sale of scrap bridge steel from Little Nestucca River Bridge 
on the Oregon Coast Highway. The Commission received two bids for 
the purchase of this seeel, the high one being that of the Alaska 
Junk Company, Portland, at $378.04. The Commission considers this 
offer satisfactory and has sold the material to the Alaska Junk 
Company at its bid price." 


Vacant Tracts: 

"Sale of 3 vacant tracts in Albany, Linn County. The Commis- 
sion received one offer for these tracts, being that of H. D. and 
Barbara Rohde, for $1,000.00. The Commission considers this offer 
satisfactory and has sold the tracts to Mir. and Mrs Rohde for 
$1,000,00." 


A delegation representing businessmen from the Alberta District, 
Portland, headed by Mr. G. H. Kendrick, came before the Comission in regard 
to the designation of Alberta Street as a state highway route. Others in the 
delegation were Messrs. G. B. Washtok, T. G. Sullivan, Otis Valentine, C. H: 
Morton, H. A. Walker, H. J. Casey, P. M. Sherlund, A. J. Eckelman, Foster and 
Dodd. They gave as their thought that Alberta Stree* would make a much bet- 
ter connection between the Northeast Portland Seconiary Highway and the Colum- 
bia River Highway than Killingsworth Street because it would make a direct 
connection with the Columbia River Highway at the Columbia Boulevard intersec- 
tion; whereas, Killingsworth Street does not make such direct connection; fur- 
thermore, Alberta Street practically divides the district lying between Colum- 
bia Boulevard and Sandy Boulevard and is favored by the Board of County Com- 
missioners of Multnomah County and the Portland City Commissioners as an ar- 
terial traffic route. 


Chairman Cabell advised that Alberta Street has certain advantages 
and no doubt deserves serious consideration as an arterial route, but the Com- 
mission has obligations at the present time with respect to Sandy Boulevard 
leading into the center of Portland, and Lombard Street, which is 4 bypass 
route for the Columbia River Highway through the St. Johns District; and wntil 
these obligations are fulfilled the Commission cannot think of assuming new 
ones. This concluded the conference. 


Mr. E. A. Geary, Klamath Falls, representing the Klamath County 
Chamber of Commerce, and Mr. Forrest Cooper, Lakeview, representing the Lake- 
view Chamber of Commerce, were present in regard to the improvement of the 
Klamath Falls-Lakeview Highway. They gave as their understanding that the 
Commission budgeted $100,000 for the improvement of this road and urged 
thet the contract for the same be awarded as soon as possible so as to elin- 
inate any possibility of a repetition of the bad conditions which obtained 


JUN 2 1938 


satisfactory and has sold the building to Mr. Wendel at his bid 
price of $102.00. 


"Building No. 4968, formerly owned by the World War Veterans’ 
State Aid Commission. No bids were received by the Commission for 
the purchase of this building. 


"Building No. 4957, formerly owned by Barbara Kinney. No bids 
were received by the Commission for the purchase of this building." 


Buildings in Northeast Portland: 
"Building No. 5408, formerly owned by H. C. Rath. Sullivan 


Wrecking Cowsany, Portland, submitted the only bic for this building 
at $1.00. The Commission considers this offer satisfactory and has 
sold the building to the Sullivan Wrecking Company for $1.00. 


"Building No, 5412, formerly owned by William Habernicht. The 
only bid submitted for this building was that of Sullivan Wrecking 
Company, Portland, at $23.56. The Commission referred the offer to 
the Engineer with power to sell the building to the Sullivan Wreck- 
ing Company. 


"Building No. 5413-2, formerly owned by the 0.W.R.R.& N. Com- 
pany. The oly bid submitted for this building was that of Sullivan 
Wrecking Company, Portland, at $11.00. The Commission considers 
this offer satisfactory and accordingly has sold the building to 
the Sullivan Wrecking Company for $11.00. 


"Building No. 5416, formerly omed by Philip Buebke. Sullivan 
Wrecking Company, Portland, submitted the only bid for this build- 
ing at $13.56. The Commission referred this offer to the Ingineer 
with power to make the sale. 


"Building No. 5255, formerly owned by Chas. L. Schneller. Only 
one bid was received for this building, being that of Sullivan 
Wrecking Company, Portland, at $56.56. The Comaission referred this 
offer to the Engineer with sower to make the sale. 


"Building No. 5566, formerly owned by Maude Tanner. The only 
bid received for this building was that of Sullivan Wrecking Company, 
Portland, at $5.56. The Commission accepted the offer of the Sulli- 
van pat Com.any and accordingly sold the building to it for 
$5.56." 


Buildings in West Portland: 
"Building No. 4589, formerly owned by John G. Maycock. F. A. 


Graddy, Portland, submitted the only bid for this building at $1.00. 
The Commission rejected the offer. 


"Building No. 5037, formerly owned by John T. Paulson. Only 
one bid was received for this building, being that of F. A. Graddy, 
Portland, at $42.00. The Commission rejected this offer." 
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of logs is of long standing and was adopted by a former commission to control 
the transportation of large logs involving *he use of trailers. He gave as 
his thought that the transportation of short-length logs, properly tied to 
the truck, would not create an undue hazard, and suggested that a study of 
the matter be made to ascertain whether or not there would be any objection. 
The Commission approved the suggestion and referred the matter to the Engi- 
neer for such investigation and report. 


The Engineer reported on the matter of oiling the Cape Arago Second- 
ary State Highway in the vicinity of Charleston, for which work the Commis- 
sion previously authorized an expenditure of $2,500; also, on the cost to oil 
the shoulders of this highway through the town of Empire, and the cost of 
flattening a curve in Empire. He advised that it would take the entire 
amount of $2,500 to oil the unoiled portion of this road from a point 2.2 
miles north of Charleston to and through the town of Charleston; so, if the 
Commission desires to oil the shoulders through Empire, which would cost 
about $750, and flatten the curve in this town, which would cost about 500, 
an additional authorization would nave to be made in the amount of approxi- 
mately $1,250. He recommended the additional work. The Commission approved 
the recommendation unanimously. 


The Commission considered and approved the site selected by the 
Landscape Engineer and the State Parks Superintendent for the proposed "Guy 
W. Talbot" memorial marker in Talbot State Park adjacent to the Upper Colum- 
bia River Highway at Latourell. The site selected is on the northerly side 
of the highway at the west end of the bridge over Latourell Creek. 


The Engineer reported on the complaint of Andes Rajala, Nehalem, 
Oregon, arising out of the reconstruction of the Oregon Coast Highway in 
front of his vremises near Nehalem. Mr. Rejala alleges that the highway was 
lowered 19 feet in front of his premises, aud it is now practically impossible 
for him to properly care for his stock, and a dangerous condition has been 
created for his grandchildren. He asks the Commission to construct 4 bridge 
over the highway cut for his private use. The Ingineer advised that the high- 
way extends between Mr. Rajala's house and barn through a 19-foot cut, creat- 
ing-an undesirable condition. In fact, a rather dangerous condition exists 
where Mr. Rajala's private road leading to his house has been constructed on 
the edge of the bank. He further advised that iir. Rajala indicated that he 
would be satisfied if the state would construct a fence between the highway 
cut and the approach road, and accordingly 60 cedar posts were furnished for 
the purpose; but it now eppears that the posts alone are not satisfactory, 
and Mr. Rajala wants the state to furnish some lumber to be used as fence 
rails to keep the children from falling into the cut. He recommended that 
the request be approved. The Commission approved his recommendation. 


The Commission had under consideration the claim of the Peninsula 
Golf Club, Portland, for reimbursement in the amount of $265 for expense in- 
curred by the club in connection with the investigations that were conducted 
by the state for a traffic separation structure at the intersection of Union 
and Denver Avenues, Portland. The State Highway Engineer gave as his thought 
that the claim should not be allowed. The Assistant Attorney recommended 
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on this rocd during the past winter. They were informed that the Commission 
is ready to proceed with this work as soon as it receives technical approval 
of the »roject by the Bureau of Public Roads, and that it looks now as if the 
contract will be awarded some time in July. They were also informed that the 
rocking work is about all that can be done this year because weather condi-~ 
tions will probably not permit the oiling until next spring. 


Mr. Cooper gave as his understanding thet the Bureau of Public 
Roads proposes in the near future to contraat 4 construction project in the 
Crooked River Canyon Section of the Fremont Highway, in Lake County. He 
asked the Commission to suggest to the Bureau that it include in thie con- 
tract provision for certain cleanup work, as was done last year on & project 
at the north end of this highway. The Commission approved the request and in- 
structed the Engineer to take care of it. 


Mr. Coover also asked for the grading of a site for a "General Fre- 
mont" memorial to be located adjacent to the Fremont Highway in the vicinity 
of Summer Lake. He suggested that this could be done in connection with the 
contract for oiling which he understood the Commission intends to award this 
summer. He asked for just enough grading work at this location to Jermit the 
parking of cars so that tourists could reac the wording on the marker. The 
Commission instructed the Ingineer to bear this im mind in the contract for 
this work. 


Mr. Cooper brought up for discussion the matter of providing a we- 
ter sugply for Booth State Park, adjacent to the Klamath Falls-Lakeview High- 
way. He said that the reservoir has been constructed at a certain spring 
about 3/4 mile from the park and that the proposition now is to pipe the we- 
ter from the reservoir to the park; also, that the United States Forest Ser- 
vice has indicated a willingess to cooperate in the construction of the pipe 
line to the extent of digging a ditch for the same, but the state would have 
to furnish the pipe. He was instructed to contact the State Parks Superin- 
tendent, Mr. S. H. Boardman, in regard thereto. 


Mr. L. H. Doory, Tacoma, Washington, came before the Commission in 
regard to securing a vernit granting hin the privilege of operating over Ore- 
gon highways a vehicle designed for the carrying of new automobiles. It ap- 
pears that this equipment, when loeded, will exceed the height and length 
limits prescribed by the Oregon stetutes. The Commission denied the request, 
it appearing to the Commissioners that no emergency exists and that the Com- 
mission is without legal authority to grant special permits except for emerg- 
ency movements. 


Mr. Leonard Ferguson, Tillamook, was present and requested author- 
ity to transport alder logs, 8 to 10’ in length, over state highways in the 
vicinity of Tillamoo!: during hours of derkmess, which privilege is now pro- 
hibited under the Commission's ruling that logs shall not be transported over 
state highways during such period. He gave as his thought that the hauling 
of logs at night would create no more dangerous condition than the movement 
of large freight trucks and trailers. The State Highway Engineer explained 
that the vresent policy of the Commission with respect to the trans portation 
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Agreement with Marion County providing for construction of the 
Salem-Independence Ferry Road as a Federal Aid Secondary Highway. 


Agreement with Marion County providing for maintenance by the 
county of the Salem-Independence Ferry Road (River Road) after com- 
pletion of construction of the same by the state. 


Agreement with Columbia County providing for maintenance by 
the county of the Upper Nehalem County Road when the construction 
of the same has been completed by the state. 


Agreement with Wasco County providing for maintenance by the 
county of the Chenoweth Creek County Road after construction of 
the same by the state. 


Agreement with Washington County providing for maintenance by 
the county of the Hillsboro-Cornelius Pass Road upon completion of 
the same by the state. 


Agreement with Clackamas County providing for maintenance of 
the Carver-Redland County Road upon completion of construction of 
the same by the state. 


Agreement with Miles Earl Ollivant providing for the renewal 
of a lease of a certain gravel bar owned by Mr. Ollivant, situate 
in Section 34, T. 28 S., R. 7W., W. M., Douglas County. 


The Commission adjourned at 5:00 o'clock p. m., to reconvene on the 
following day in the same room. 


Portland, Oregon, June 3, 1938 


The State Highway Commission reconvened at 9:00 o'clock a. m. in the 
Auditorium of the Public Service Building, with all members present and par- 
ticipating. Also present were the State Highway Engineer, the Attorney, and 


the Secretary. 


Bids as follows for the construction of state highway projects were 
opened and read in conformance with previously published notice: 


CARVER-REDLAND COUNTY OAD 
CARVER-REDLAND STORE SECTION - GRADING, SURFACING, OILING 


Using Road Oil Using Tar 
Fisher Bros. $30,145.50 
Babler Bros. $31, 722.00 
Edwin C. Gerber 31,825.00 
0. C. Yocom 33,605.00 
Kuckenberg Construction Company 33, '720.00 
35,054.00 


Saxton, Looney & Risley 


not been for the fact that the Commission 
had it in mind to actually proceed with this project, the Peninsula Golf Club 
would not have been put to expense. The Commission, after discussion deferred 
action on the matter until its next meeting. The matter was referred to the 
Commission's Attorney, Mr. J. M. Devers, for study in the meantime, and for 
advice to the Commission as to its legal responsibility for the payment of the 


clain, 


The Commission considered and signed the following agreements, et 
cetera: 


Agreement with Douglas County providing for the county to ac~ 
quire right of way needed for the construction of the North Umpqua 
County Road project, and to maintain such project after completion 


by the state. 


+ with the Soil Conservation Service of the U. S. De- 
partment of Agriculture, renewing previous agreement relative to con- 
ducting demonstrations of methods of erosion control along state 
highways. 

Permit authorizing J. B. Patterson to construct and maintain a 
private bridge over & highway borrow pit on the Siuslaw Highway at 
Mile Post 7.03. 


Permit authorizing Olef Rice to construct 4 private bridge over 
a highway borrow pit on the Siuslew Highway at Mile Post 13.5. 


Agreement with Multnomah County providing <or maintenance by 
the county of the Airport Road Overcrossing Section in Northeast 
Portland. 


Agreement with Multnomah County providing for maintenance by the 
county of Northwest Thompson County Road upon completion of construc 
tion by the state. 


Agreement with Polk County providing for maintenance by the coun- 
ty of the Independence-Buena Vista County Road upon completion by the 


state. 

Agreement with Polk County providing for construction of the In- 
dependence-Buena Vista County Road as a Federal Aid Secordary Highway 
Project. 

Agreement with Linn County providing for maintenance by the coun- 


ty of the Corvallis-Harrisburg County Road upon completion of the con- 
‘struction of the same by the state. 


Agreement with Linn County providing for payment of the county's 


indebtedness to the state, amounting to $34,206.69, arising out of 
the construction of the Santiem Highway, in Linn County. 
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(Wigrich-Buena Vista Section continued) 


Using Road Oi1 Using Tar 
Edwin C. Gerber $13,934.00 $ 
Harold Blake $15, '734.00 

MARKET ROAD NO. 15 
TONE BRIDGE OVER TRASK RIVER 

Dolan Construction Company $19, 777.90 
Sig Ash 20,195.00 
Tom Lillebo 20, 780.00 
J. F. Johnston 21,523.00 
J. W. & J. R. Hillstrom 21,889.00 
Makela Construction Company 24,910.50 
Gilpin Construction Company 25,873.00 


HILLSBORO-CORNELIUS PASS COUNTY ROAD 
HILLSBORO-AIRPORT ROAD SECTION — SURFACING AND OILING 


Using Road Oil Using Tar 
Saxton, Looney & Risley $12,131.50 
Warren Northwest, Inc. 13,672.00 


At the request of the Commission the Secretary made the following 
announcement: "The Commission wishes bidders to know that the bids received 
today for the construction of the Tone Bridge over the Trask River, on Market 
Road No. 15, in Tillamook County, were received on behalf of Tillamook County 
Court, to which the bids are being referred for disposal. The Commission also 
requests that hereafter bidders who submit bids for county road projects ad- 
vertised by the State Highway Commission, submit bonds in connection with such 
bids on the regular county form which is provided for such purpose and is in- 
cluded in the proposal form. The Commission does not want the state's bond 
form used in connection with county road projects." 


Chairman Cabell announced that the Commission would make the award 
of contracts at 2:00 o'clock p. m. in the same room. 


County Judge Huron W. Clough, of Douglas County, was present and 
discussed with the Commiseion matters pertaining to the right of way for the 
Dixonville Section of the North Umzqua Highway, bids for which were received 
by the Commission at this meeting. It appears that the County Court is en- 
countering difficulties in acquiring right of way for this road. 


Chairman Cabell advised that, if an investigation of the bids re- 
ceived for this job reveals the low one to be satisfactory, the Commission 
would probably refer the bids to the Engineer with power to award the contract 
to the low bidder when legal and right of way matters have been satisfactorily 
disposed of. This was agreeable with Judge Clough. 


A delegation from Tillamook and Clatsop Counties, headed by County 
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Snook Bros. 

J. F. Johnston 

Birkemeier & Saremal 
Makela Construction Company 


NORTH UMPQUA COUNTY ROAD 
DIXONVILLE SECTION - GRADING AND SURFACING 


Harold Blake 
Leonard & Slate 
D. L. Ashton 
FP. C. Dillard 
A. S. Wallace 
&. C. Hall 
Clifford A. Dunn 


NORTHEAST PORTLAND SECONDARY HIGHWAY 
LOMBARD STREET—KILLINGSWORTH STREET SECTION 
GRADING, SURFACING, OILING 


Roy &. Houck $31,532.50 
Harold Blake 32,812.00 
Oregon Contracting Company 34,542.50 
Kern & Kibbe 36,350.50 
Edlefsen-Weygandt Company 36, 584.00 
Jacobsen-Jensen Company 41,226.00 
E. C. Hell Company 43,125.00 
Parker-Schram Company 43,442.50 
Leonard & Slate 44,665.00 
J. A. Lyons 47,875.00 
A. C. Greenwood Company, Inc. 50,312.50 


COLUMBIA BOULEVARD 
RECONSTRUCTION OF NORTHEAST 33rd AVENUE OVERCROSSING 


Birkemeier & Saremal $17,665.00 
George Isaackson 17, 895.00 
Clifford A. Dunn 17,980.00 
Averill & Corbin 18,190.75 
Lindstrom Bros. 18,835.00 
Kern & Kibbe 20,965.00 
Shattuck & Neland 22,977.50 


INDEPENDENCE-BUENA VISTA COUNTY ROAD 
WIGRICH-BUENA VISTA SECTION - SURFACING AND OILING 


: Using Roed Oil Usin. 
J. C. Compton 3,211. 
McNutt Bros. $13,578.90 13, 741 .20 


(Continued on next page) 
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Chairman Cabell stated that it is reasonable to assume that any 
highway commission will advance the completion of this project so as to make 
the road usable. He assured the delegation that the present Commission has 
no feelings whatsoever against this road, as is evidenced by the fact that 
the Commission, since he has been a member, has allocated substantial sums at 
three different times to the same, and the present Commission intends to con- 
tinue allocating funds to the project until it is completed. Commissioners 
Aldrich and Tou Velle concurred in the Chairman's statements. 


The ddlggation then urged the Commission to award a contract for the 
grading wrk only this summer, so as to advance that part of the construction. 
Chairman Cabell replied that the Commission can make no promises but will look 
into the matter within the next couple of weeks and ascertain whether or not 
funds can be spared for the purpose. 


Judge Boyington brought up the matter of Clatsop County's indebted- 
ness to the state, amounting to about $7,000. He said that the County Court 
has this money available to turn over to the state as soon as it has disposed 
of the right of way negotiations for the Neahkahnie Mountain project, some of 
which are still pending. He inquired whether or not it would be satisfactory 
to continue to hold this money until such time. He was assured by the Commis-— 
sion that such arrangement would be satisfactory. 


Judge Boyington then asked the Commission, in behalf of the Board 
of Trustees of the Astoria Bridge Committee, of which he is a member, whether 
or not the Commission has any understanding or agreement with the State of 
Washington in regard to the establishment of free ferry service across the Co- 
lumbia River at Astoria. He explained thut the Board of Trustees anticipates 
that it will be asked shortly to endorse an application for P.w.A. funds to 
finance a bridge at this location and they would like to have information 
available in regard to the free ferry, for use at that time. He was informed 
by Chairman Cabell that the Commission has no definite agreement covering this 
ferry matter; that Oregon is ready and willing to install a free ferry but the 
State of Washington is not in a position to act, and the probabilities are 
that the matter will have to rest in status quo until the Washington legisla- 
ture meets. 


A delegation from Nelscott, consisting of A. M. Williams, C. D. 
Hughes, Henry Hostettler, Raymond Shannon, and Ray Edelson, came before the 
Commission in regard ta a proposed state park lying between the Oregon Coast 
Highway and the Pacific Ocean a short distance north of Nelscott, in Lincoln 
County. Mr, Williams headed the group. They urged the Commission to acquire 
this tract, which contains considerable virgin timber, and particularly asked 
the Commission to inspect the premises the next time it is in that vicinity. 


Chairman Cabell advised that the Commission has only a limited 
amount of funds to spend for the purchase and development of state parks and 
must be very careful to spend this money in the most beneficial manner oos- 
sible, considering the state as 4 whple. He said that personally he has nev- 
er viewed the tract under discussion, but, from reports, believes that the 
state can spend its money to better advantage than for the purchase of the 
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Coicaissioner E. H. Lindsey of Tillamook County, came before the Commission 

and urged the early completion of the Neahkalnie jiountain Section of the Ore- 

gon Coast Highway. Others in the delegation were County Commissioner E. G. 

Anderson, and W. S. Coates, County Engineer of Tillamook County; County Judge 

Guy Boyington and County Commissioners James Elliott and William Larsen of 

Clatsop County; Walter Nichols, Secretary of the North Tillamook County Cham- 

ber of Commerce; John Asham and Tom Dolan, representing the Tillamook Chamber 

of Commerce; Claude Myers and Samuel Reed, Nehalem; Tom Cunning, Secretary of 

the Astoria Chamber of Commerce; and Ed Miller, Manager of the Oregon Coast | 
Highway Association. | 


Speaking in behalf of this project were Messrs. Lindsey, Boyington, 
Miller, Reed, Elliott, Nichols, Asham, Dolan, and Cunning. They urged the 
Commission to at least complete the grading work involved this summer and par- 
ticularly the earth work, leaving the rock work for next winter, and suggest- 
ed the contracting of the grading work in July so as to insure its completion 
this year. Chairman Cavell recited briefly the history of the Neahkahnie 
Mountain project and pointed out that there are other roads in the state that 
are in the same category of delay. He seid that he didn't know very much 
about the project before he was appointed a member of the Commission, but 
since he became a member the matter has been discussed thoroughly, and the 
Commission decided to proceed with the improvement, three allocations having 
been made for the same, each for a substantial amount. He further advised 
that the estimated cost to complete this job is $200,000, half of which the 
Commission sroposes to contract as soon as possible, but the Commission at 
present cannot see its way clear to finance the entire project this year un~ 
less savings accrue from the contracting of other work. de suggested that it 
would be proper to delay the contracting of the entire project wntil fall 
when the entire job can be contracted if contemplated savings accrue. Wheth- 
er or not the entire »roject can be contracted this fall, he said, depends en- 
tirely upon the amount of savings, but the Commission has it in mind to com- 
plete this gap as soon as possible. He pointed out that the Commission is 
short of funds end indications are that the gasoline tax revenues will be 
less this year than last year, so it does not appear now that the Commission 
will be financially able to award many big jobs until September. 


The State Highway Engineer advised that the Commission is borrow- 
ing $750,000 on June 15 to help tide over a low period in the Commission's fi- 
nances, and if the gasoline tax revenues do not increase the possibilities 
are that the Commission will have to sell additional bonds this fall. He al- 
so brought up the matter of lining the Arch Cape Tunnel which was recently 
constructed. He seid that conditions in this tunnel are hazardous and there 
is danger of accidents occurring by reason of falling rocks; so the Commission 
does not want to open this tunnel to traffic until it has been properly lined 
to prevent the falling of rocks and until sidewalks have been constructed 
through it for pedestrian use. He pointed out that there are two main proj- 
ects. to be undertaken tu open this highway: first, construction of the gap 
south of Arch Cape Tunnel; and, second, the lining of the tunnel, the latter 
project to be financed with fiscal year 1940 funde that will probably be avail- 
eblo about January 1939. 
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He was informed by Chairman Cabell that the Commission cannot pay 
him more for his property than is being paid for other oroperties in this vi- 
cinity, so it is necessary to deny his request for additional compensation. 
Mr. Gray then signified his willingness to accept the Commission's offer of 
6 cents per square foot. 


The Commission discussed a letter from tir. C. C. Hockley, Regional 
Director for the Federal Emergency Administration of Public Works, relative 
to the filing of applications for grants or loans and grants from the Public 
Works Administration to finance construction projects. The Commission by 
unanimous vote adopted the following resolution authorizing Mir. R. H. Baldock 
as State Highway Engineer to file applications with the United States of Amer- 
ica, through the Federal Emergency Administration of Public Works, for grants 
to aid in financing certain state secondary highway projects and the purchase 
of right of way necessary for the same: 


A RESOLUTION authorizing R. H. Beldock, as State Highway 
Engineer, to file applications with the United States of America 
through the Federal Emergency ddministration of Public Works for 
grants to aid in financing the construction of certain Secondary 
State Highway projects; and, the purchase of right of way necessary 
to such construction. 


BE IT RESOLVED BY THE OREGON STATE HIGHWAY COMMISSION : 


1. That R. H. Baldock as State Highway Engineer, be and 
he is hereby authorized to execute and file applications on behalf 
of the Oregon State Highway Commission with the United States of 
America for grants to aid in financing the construction of the fol- 
lowing Secondary State Highway Projects. 


County Highway Section Type of Work 
Deschutes Brothers 

&. Harney & Suntex Buildings 
Clackamas Woodburn-Mt. Hood Loop Molalla Paving 

Linn Nalsey-Sweet Home Brownsville Grading, Sur- 


facing & Oiling 


2. That the said R. H. Baldock is hereby authorized and 
directed tO furnish such information as the United States of Amer- 
ica through the Federal Emergency Administration of Public Works 
may reasonably request gn connection with the ap lications which 
are herein authorized to be filed. 


The Commission had under discussion a certified copy of a resolu- 
tion adopted by the California Highway Commission at its meeting on May 6, 
1938, wherein timt Commission committed itself to include in its budget for 
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same, He agreed to inspect the tract the following morning enroute over the 
Oregon Coast Highway to Medford. 


Mr. Forrest Cooper, Secretary of the Lakeview Chamber of Commerce, 
again came before the Commission and advised that the Lakeview Chamber of Com- 
merce wishes to go on record with the Commission as being in favor of and en- 
dorsing the objectives of the Oregon Roadside Council in its campaign to edu- 
cate the pwople with respect to the beautification of Gregon roadsides. He 
inquired as to whether or not it would be possible for the Commission to con- 
tribute state funds to this cause and was informed by Chairman Cabell that 
the Commission is precluded from doing so on account of legal barriers, al- 
though the Commission is heartily sympathetic with the project. 


County Judge A. R. Bowman, of Crook County, was present and invited 
the Comaission to attend a meeting of the Prineville-Crook County Chamber of 
Commerce which is to be held in Prineville on Monday evening, June 13. The 
Commission accepted the invitation with thanks. 


Mr. Charles Reynolds, President of the Oregon Trail Association, 
was present and filed with the Commission numerous petitions urging the re- 
construction of the Columbia River Highway between Portland and The Dalles. 


The County Court of Benton County, represented by County Commission- 
ers W. H. Malone and T. A. Logsdon, was present in regard to the Willamette 
River Bridge at Corvallis. They asked the Commission to extend the Corvallis- 
Eastside Secondary Highway, which now terminates at the east end of this 
bridge, westerly across the bridge to a connection with the Albany-Corvallis 
Primary State Highway, a distance of 5 or 4 city blocks. Mr. Malone stated 
that the county owms some of the land at the east end of this bridge, a por- 
tion of which might be needed for right of way, and that the county is sell- 
ing 1 acre of this land to a local party subject to the condition that the 
state may have the part that it needs for the highway improvement. 


The Engineer advised that the bridge is in fairly good condition, 
although it needs a new deck and painting, and the approaches to the bridge 
need to be reconstructed. The Commission appeared to be favorably inclined 
to assume responsibility for this bridge but deferred action thereon until 
the next meeting. The Engineer was instructed to render a full report at 
that time as to the cost to make the bridge resairs and to rebuild the ap- 
proaches, including a report on the right of way situation. 


Mr. William L. Gray, Portland, conferred with the Commission in re- 
gard to property that is needed by the Commission for right of way for the 
Northeast Portland Secondary Highway between 13th Street and 15th Street, 
Portland. It appears that the Commission's right of way agent offered Mr. 
Gray 6 cents per square foot for land taken from him, which is the price that 
the Commission is paying for other land in the same vicinity; but Mr. Gray 
has refused the offer because he has paid taxes and assessments on this prop- 
erty for many years and the amount offered by the state will not nearly rec- 
ompense him for the amounts expended for such purposes. 
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State Highway Engineer, be accepted as a declaration or commitment 
of the California Highway Commission with respect to the relocation 
and reconstruction of the Pacific Highway where the same crosses the 
California-Oregon State line. 


2. That this Commission does hereby commit the State of 
Oregon to promote and on or before the 30th day of June, 191, com- 
plete the construction of the Pacific Highway in Oregon from Siski- 
you Summit to the California-Oregon State line along the route here- 
tofore adopted and mutually agreed upon, said highway to cross the 
said state line at a point where the elevation does not exceed 3 3320 
feet, which location is likewise approximately 850 feet westerly 
from the point where the present highway crosses the said state line. 


3. That this resolution be entered in the minutes and 
records of the Commission and a duly certified copy thereof mailed 
to the California State Highway Commission. 


The Engineer asked the Commission to confirm the award of the fol- 
lowing contracts as made by him pursuant to authority previously granted him 
by the Commission: 


Baker-Flagstaff Hill Section of the Baker-Homestead Highway, in 
Baker County. 5.68 miles grading and oiling and furnishing crushed 
gravel in stock pile. Contract awarded May 14 to E. H. Itschner, 
who submitted the low bid for the same on April 29, 1938; 


Otis-Boyer Section of the Salmon River Highway, in Lincoln and 
Tillamook Counties. Furnish 5,000 cu. yds, crushed rock in stock 
piles. Awarded May 13 to 0. C. Yocom, who submitted the low bid 
therefor on April 29, 1938; 


Spaulding Ranch Section of the Salem-Dayton Secondary Highway, 
in Yamhill County. 1.66 miles grading, surfacing, and oiling. 
Awarded on May 23 to Mountain States Construction Company at their 
low bid submitted on April 29, 1938. 


The Commission by unanimous vote epproved the award of the contracts as re- 
ported by the Engineer. 


The Commission had under consideration the award of the contract 
for the drilling of a well for the Brothers Oasis, adjacent to. the Central 
Oregon Highway, in Deschutes County, for which work A. M. Jannsen Drilling 
Company, Portland, submitted the low bid on April 28, 1938. The Secretary 
presented a letter from the A. M. Jannsen Drilling Com any stating their 
willingness to accept the award of this contract notwithstanding that the 
30-day period for the making of such award has expired. The Engineer advised 
receipt of a communication from the Federal Government to the effect that 
federal funds cannot be used to finance this project, although such funds can 
be used for the construction of a pipe line in connection therewith and also 
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the next biennium sufficient funds to reconstruct portions of Road II-Sis-—3-C 
(Pacific Highway) to zrovide an adequate connection with the »rovosed reloca-.. 
tion of the Pacific Highway in Oregon. The Commission also considered a let- 
ter from Mr. C. H. Purcell, State Highway Engineer of California, transmitting 
such resolution, in which he advised that the biennium referred to in the res- 
olution is the coming biennium beginning July 1, 1939, and ending June 30, 
1941; also, in which he advises that the preparation of the California State 
Highway Department budget will be made some time this fall and will include 

an appropriation based on the ertimated cost to construct this highway. 


After a full discussion of this matter, the Commission accepted the 
commitment as made by the California Highway Commission and taerevpon, by 
unanimous vote, adopted the following resolution committing the State of Ore- 
gon to oromote and complete the construction of the Pacific Hizhway in Oregon 
from Siskiyou Summit to the California-Oregon State Line on or before the 
30th day of June, 1941: 


WHEREAS, this Commission has heretofore approved and adopt- 
ed a new route and alignment for the Pacific Highway between Ashland 
and the Oregon-California State line, over a portion of which new 
route the highway has already been constructed and is now in use,and 
over the remainder of said new route it is the purpose of the Commis- 
sion to construct the Pacific Highway and have the same ready for 
public use not later than June 30, 1941; and 


WHEREAS, as a result of conferences between representatives 
of the California Highway Commission and representatives of the High- 
way Commission of the State of Oregon, a mutual agreement and under- 
standing has been reached, by which it is agreed that the Pacific 
Highwey shali cross the boundary line between the State of California 
and the State of Oregon at a voint where the elevation does not ex- 
ceed 3,320 feet, which location is likewise approximately 850 feet 
westerly from where the vresent Pacific Highway crosses the Califor- 
nia-Oregon state line; and 


WHEREAS, the California Highway Commission has by official 
action taken on May 6, 1938, committed itself "to include in the bud- 
get for the next biennium sufficient funds to reconstruct portions 
of road II-Sis-3-C from the Oregon State Line southerly to provide 
an adequate connection with the proposed relocation of the Oregon 
Highway.", end said California Highway Commission has officially ad- 
vised the Oregon State Highway Commission of such action and commit- 
ment; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by this 
Commission, all members being present and affirmatively voting, as 
follows: 


1. That. the certified copy of the resolution passed by 
the California Highway Commission at its meeting held on the sixth 
day of May, 1938, and delivered to this Commission by C. H. Purcell, 


approved the recommendation by unanimous vote and ordered that the matter be 
covered by joint agreement among the parties concerned. 


The Engineer reported that it is no longer necessary to maintain 
the reduced load limits on the Little Nestucca Secondary Highway, the McKenzie 
Highway, the Willamette Highway, the John Day Highway, and the Klamath Falls- 
Lakeview Highway, and recommended the lifting of such reduced load limits 
heretofore in effect. The Commission approved the recommendation and by unan- 
imous vote adopted the following resolution in regard thereto: 


WHEREAS, on the 22nd day of October, 1937, at a meeting of 
the Oregon State Highway Commission, all members being present and 
participating, the Commission passed and adopted a resolution reduc- 
ing the maximum load limit on the following state highway: 


LITTLE NESTUCCA SECONDARY HIGHWAY from its junction with the 
McMinnville-Tillamook Highway at Dolph to a point two miles 
westerly thereof, in Tillamook County; and 


WHEREAS, on the 30th day of November, 1937, at a meeting of 
the Oregon State Highway Commission, all members being present and 
participating, the Commission passed and adopted a resolution reduc- 
ing the maximum load limit on the following state highway: 


McKENZIE HIGHWAY from the McKenzie Bridge to the east city 
limits of Springfield, in Lane County; and 


WHEREAS, on the 6th day of January, 1938, at a meeting of 
the Oregon State Highway Commission, all members being present and 
participating, the Commission passed and adopted a resolution reduc- 
ing the maximum load limit on the following state highway: 


WILLAMETTE HIGHWAY from its junction with the Pacific High- 
way at Goshen to Oakridge, in Lane County; and 


WHEREAS, on the 16th day of February, 1938, at a meeting of 
the Oregon State Highway Commission, all members being present and 
participating, the Commission passed and adopted a resolution reduc- 
ing the maximum load limit on the following state higi-ways: 


JOHN DAY HIGHWAY between Prairie City, in Grant County, and 
Unity, in Baker County; 


KLAMATH FALLS-LAKEVIEW HIGHWAY from its junction with The 
Dalles-California Highway near Klamath Fells, in Klamath 
County, to Lakeview, in Lake County; and 


WHEREAS, subsequent to the passage of said resolutions, con- 
ditions have changed so that it is now no longer necessary or desir- 
able, and the Commission hereby finds tha: it is no longer necessary 
or desirable to maintain the reduced load limits set out in said reso- 
lutions on the said state highways; 
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for tu: purchase of trees and the olanting of same. He recommended the award 
of this contract as a state contract to be paid with state funds, and request- 
ed that, if the Commission apvroves the recommendation, he be authorized to 
designate the location for this well in view of the fact that there is a pos- 
sibility that it would be desirable to have it on the opposite side of the 
road from the location originally contemplated. After discussion, the Commis- 
sion approved the Engineer's recommendation and authorized him to awazd the 
contract to the A. M. Jannsen Drilling Comvany on such basis if the company 
consents to the change in location. 


Reconsideration was given by the Commission to the matter of the 
adoption of a set of rules and regulations for the control of advertising 
signs on or adjacent to state highways in unincorporated towns and villages, 
and particularly the matter of charging the owners of such signs a fee to 
maintain them on the highway, and a requirement that the owners of the cigns 
furnish the state a bond to indemify the Commission in the event an accident 
occurs by reason thereof. The Attorney advised that the Commission cannot 
charge a fee for the maintenance of a sign on the highway but it can require 
the owner to furnish a bond for the Commission's protection. The Commission 
decided that an attempt should be made to secure such a bond from the owner 
of a sign when a permit authorizing such sign to occupy space on the highway 
right of way is granted. 


The Commission had under consideration the application of the Cali- 
fornia-Oregon Power Company for permission to construct its pole line on the 
Pacific Highway between Mile Posts 325.12 and 325.84, south of Ashland, in a 
location 5 feet from the easterly right of way line of said highway, which 
location is 4 feet nearer the traveled portion of the highway than the stand- 
ard location. The Commission decided to adhere to its present policy in this 
matter and to require the placement of the poles a distance of only 1 foot 
from the right of way line. 


The Commission had under consideration the matter of cooperating in 
the construction and maintenance of a sewer system to serve the State Forestry 
Department, the State Highway Shops, and, to some extent, the State Peniten- 
tiary, at Salem. The Engineer explained that the State Forestry Department 
constructed its buildings adjacent to the Highway Department shops and pro- 
poses to install a sewer from its headquar*ers to a connection with the State 
Penitentiary sewer located about 1,610 feet easterly from the forestry build- 
ings; further, that said sewer can be used to good advantage in serving the 
State Highway Department shops and to some extent the penitentiary grounds; 
so, it was tentatively agreed by all parties that the sewer should be con- 
structed as a cooperative project, the State Highway Department to pay one- 
third of the cost of materials between the Penitentiary sewer connection and 
the Forestry Department's premises, and to pay the entire cost of all of the 
materials from said point to the State Highway Shops, « distance of about 
605 feet, the State Forestry Department to do the constructing work free of 
cost to the Highway Department. He estimatci that the Highway Department's 
share of the cost would amount to not more than $1,000 besides furnishing a 
trenching machine for the use of the State Forester. He recommended that 
the Commission approve the expenditure. After discussion, the Commission 
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The Commission considered and denied the request of The Dalles Mill 
and Lumber Company to truck logs over the Columbia River Highway from Mosier 
to The Dalles, it being contrary to the established policy of the Commission 
to grant permits for special use of this highway between Portland and The 
Dalles. 


The Secretary presented a petition signed by 54 businessmen of the 
town of Lebanon requesting permission to close Main Street between 9th and 
Meple Streets in that toun during the 29th Annual Strawberry Festival on June 
3 and 4, 1938. The Commission confirmed oral authority given several days 
previously granting the city permission to close this street during the per- 
iod requested. The Commission also authorized the closing of this street dur- 
ing the Lebanon Strawberry Festival each year until the construction of the 
Santiam Highway has been completed over the mountains, when, because of the 
anticipated increase in traffic, such permission will no longer be granted. 


A letter was oresented from L. Heasbach, Kernville, asking for the 
construction of a parking space for automobiles in front of his ,lace of bus- 
iness on the Oregon Coast Highway. The Commission denied the request as a 
matter of policy. 


A letter was presented from Mr. F. H. Brundage, Acting Regional For- 
ester, Portland, suggesting a conference between Mr. C. J. Buck, Regional For- 
ester, and the State Highway Commission, relative to the State Highway Depart- 
ment taking over the snow-removal work on the road extending from the Mount 
Hood Highway to Timberline Lodge. The Commission approved such conference 
but decided not to hold it until Chairman Cabell returns from his contemplat- 
ed vacation trip to Burope, which will be about the first of October. 


The Engineer brought up for discussion the matter of the improvement 
of Court Street, Salem, in front of the new state capitol, with particular 
reference to the type of pavement to be constructed on this street, and the 
rounding off of the curbs at the intersection of Chemeketa and Summer Streets. 
He said that the Capitol Reconstruction Commission is acquiriag two parcels 
of property north of Chemeketa Street on Summer Street, presumably with the 
idea in mind that this property will be needed in connection with the land- 
scaping of the Capitol grounds. He advised that the landscaping plan pro- 
vides for the rounding of the curb lines at this point to a 35-foot radius, 
but all of the work is within the limits of located streets, and therefore no 
additional right of way is required. He requested authority of the Commission 
to bring this to the attention of the Capitol Reconstruction Commission. The 
Commission approved the request unanimously. 


In connection with the proposed pavenent on Court Street, the Engi- 
neer suggested the use of concrete between the outer limits of the two drive- 
ways leading north from Court Street, which said driveways are to replace the 
present Summer Street, and that beyond these limits the existing black pave- 
ment be continued with improvements. He said that the present black pavement 
is in very good condition and it would be an extravagance to tear it up and 
replace it with concrete. He opposed tearing up any portion of the present 
street that can be avoided. After discussion, the Commission approved the 
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NOW, THEREFORE, BE IT RESOLVED that tie action of the State 
Highway Commission reducing the maximum permissible load limit on the 


LITTLE NESTUCCA SECONDARY HIGHWAY from its junction with the 
McMinnville-Tillamook Highway at Dolph to a point two miles 
westerly thereof, in Tillamook County; 


McKENZIE HIGHWAY from the McKenzie Bridge to the east city 
limits of Springfield, in Lane County; 


WILLAMETTE HIGHWAY from its junction with the Pacific High- 
way at Goshen to Oakridge, in Lane County; 


JOHN DAY HIGHWAY between Prairie City, in Grant County, and 
Unity, in Baker County; 


KLAMATH FALLS-LAKEVIEWw HIGHWAY from its junction with The 
Dalles-California Highway near Klamath Falls, in Klamath 
County, to Lakeview, in Lake County; 


be and the same hereby is rescinded and cancelled as of this date, 
and the maximum load limit »ermissible on the said sections of the 
said highways hereafter shall be the maximum load limit provided by 
law; and it is further ordered that a certified copy of this reso- 
lution be furnished to the county clerk of each county in which said 
highways are located, and that a certified copy of this resolution 
be furnished to the Suverintendent of the Department of State Police 
for his information. 
The Commission considered and ordered filed the report of the 
Traffic Engineering Department tabulating the traffic density on various pri- 
mary and secondary state highways and county roads during the period from 
Aurust 19 to December 16, 1937. 


The Engineer requested auttority for the assistant State Highway 
Engineer, Mr. C. B. McCullough, to attend,at state expense, the Annual Con- 
vention of the American Society of Civil Engineers which is to be held in 
Salt Lake City, Utah, July 20 to 23, 1938. The Commission approved the re- 
quest subject to the further approval by Governor Martin. 


The Commission considered and ordered filed a letter from Arthur B. 
Keyser, Bandon, relative to the construction of the Oregon Coast Highway 
along the coast line between Marshfield and Bandon, and suggesting that the 
present route through Coquille be designated as an alternate route. 


The Commission ordered filed correspondence with the Willamette 
Valley Lumbermen's Association in regard to the use of timber in bridge con- 
struction. The Engineer was inatructed to use his discretion in the watter 
of sending copies of such correspondence to the individual members of the 
Commission. 
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company @@ the previous evening, and, it appearing to the Commission that the 
bond which the Ohio Casualty Insurance Company proposes to furnish meets the 
Commission's requirements, the Commissicn thereupon authorized the purchase 
of such bond from the said company. 


The Commission considered dates for its next two regular meetings 
for the receiving of bids for highway construction projects, and decided to 
hold such meetings on Thursday, June 30, and on Thursday, July 21, 1938. The 
Secretary was instructed to make the usual arrangements to hold these meet- 
ings in the Auditorium of the Public Service Building, Portland. 


The Commission adjourned at 12:30 o'clock p. m. and reconvened at 
2:00 o'clock p. m. in the same room, with Chairman Cabell and Commissioner 
Tou Velle present and participating. Commissioner Aldrich was excused from 
attending the remainder of the session because of other importint business. 
Also present were the State Highway Engineer, the Attorney, and the Secretary. 


Chairman Cabell announced the following awards of contracts for 
which bids were taken at the morning session, the Commission having previous- 
ly approved such awards by unanimous vote: 


"“Garver-Redland Store Section of the Carver-Redliand County Road, 
in Clackamas County. 3.32 miles grading, surfacing, and oiling. 
Fisher Bros., Oregon City, submitted the low bid at $30,145.50, based 
on the use of road oil. They did not submit a bid based on the use 
of tar. Babler Bros., Portland, submitted the next low bic at 
$31,722.00, based on the use of tar, but did not submit a bid based 
on the use of road oil. (The third low bid was submitted by Edwin C. 
Gerber, Oregon City, at $31,825.00,based on the use of road oil, with 
no bid based on the use of tar.) There were 3 higher bidders. The 
Commission awards the contract to Fisher sros., at their low bid of 
$30,145.50, based on the use of road oil. 


"Bridge over South Fork Rock Creek west of Sunset Camp on the 
Wolf Creek Highway, in Clatsop County. The low bid for this project 
was submitted by Snook Bros., Eugene, at $8,290.00. The next low 
bid was submitted by J. F. Johnston, Newberg, at $8.700.00. There 
were 2 higher bidders. The Commission awards the contract to Snook 
Bros. at their low bid of $8,290.00. 


"“Dixonville Section of the North Umpqua County Road, in Douglas 
County. 2.20 miles grading and surfacing. Harold blake, Portland, 
submitted the low bid for this project at $29,426.00. Leonard & 
Slate, Multnomah, submitted the second low bid at $32,475.00. 5 
higher bids were submitted. The Commission has referred all bids re- 
ceived to the Engineer, with power to award the contract to the low 
bidder when certain conditions have been satisfied. 


"Lombard Steeet-Killingsworth Street Section of the Northeast 
Portland Secondary Highway, in Multnomah County. 3.9 miles grading 
and 0.4 mile surfacing and oiling. The low bid for this project was 
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Engineer's recommendation in this regard and authorized him to convey such in- 
formation to the Capitol Reconstruction Commission. 


The Engineer revorted that, in his estimation, it would be advisable 
to designate the Wilson River Highway a through highway from the east city 
limits of the town of Tillamook to the Tillamook-Washington County line, and 
he so recommended. The Commission approved the recommendation and by unani- 
mous vote adopted the following resolution in regard thereto: 


WHEREAS, the Wilson River Highway from the City of Tilla- 
mook, in Tillamook County along the Wilson River to a point near 
Glenwood, in Washington County has been duly designated and adopted 
as a state highway and said highway is now under construction; and 


WHEREAS, that portion of said highway extending from the 
east city limits of the City of Tillamook in Tillamook County to 
the Tillamook-Washington County line has been improved and is now 
being used by the traveling public; and 


WHEREAS, said section of said highway carries a large 
volume of traffic and in the judgment and opinion of the Commission 
said section of said highway at this time should be designated as a 
main or through highway, and all roads intersecting or entering 
said highway should have erected at the point of entrance a sign or 
marker notifying drivers of vehicles to stop before entering or 
crossing the said highway; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission, all members being present and affirmative- 
ly voting, as follows: 


1. The section of the Wilson River Highway beginning at 
the east city limits of the City of Tillamook in Tillamook County 
and extending to the Tillamook-Washington County line be and the 
same hereby is declared to be and is designated as a main or through 
highway. 


2. The State Highway Engineer be and he hereby is in- 
structed and directed to erect and maintain at all places where 
highways enter or intersect the said section of the Wilson River 
Highway appropriate signs and/or marlers notifying drivers of ve- 
hicles to stop before entering or crossing the said highway. 


3. This resolution shall be entered in the minutes and 
records of the Commission as of the 3rd day of June, 1938. 


Reconsideration was given by the Cowmission to the matter of pur- 
chasing the schedule fidelity bond from the Ohio Casualty Insurance Company 
which submitted the low bid at the meeting held on April 28. The Secretary 
reported the results of the conference with representatives of the insurance 
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A letter was presented from F. W. Scheffel, City Superintendent, 
Medford, requesting a landscaping project on the Pacific Highway at the north 
approach to Medford in order to clean up an unsightly condition that exists 
at such location. The Commission instructed the Engineer to keep this proj- 


ect in mind for consideration in the formulation of the landscaping program 
for 1939 Federal Aid Funds. 


The Commission considered a petition signed by 40 property owners 
of Marion County requesting the resurfacing and oiling of the North Santiam 
Highway from Mill City to Gates. The Commission denied the request due to 
lack of funds with which to finance the project. 


A letter was presented from bliss C. L. Gavin, City Attorney, The 
Dalles, requesting, on behalf of the City Council, permission to erect a mon- 
ument on state-owned land adjacent to the west city limits of The Dalles. 
She explained that the city is sponsoring a W.P.A. project to erect this mon- 
ument, which is in commemoration of the Lewis & Clarke Expedition, and that 
the site selected is, in their estimation, the most suitable lecation, but 
they need permission from the State Highway Commission to use the state prop- 
erty before they can obtain the W.P.A. funds. The Commission approved the 
request and ordered that the matter be covered by appropriate agreement. 


A letter was presented from the Sportsmen's Association of Eugene, 
requesting authority to use one of the borrow pit pools adjacent to the Pacif- 
ic Highway, near the railroad overcrossing structure at the west city limits 
of Eugene, in connection with @ casting tournament which they propose to hold 
within the next few weeks. The Commission granted the request subject to the 
condition that the association will enter into an agreement with the Commis- 
sion providing for the use of the pool and for the cleaning up of the premises 
at the close of the tournament. 


The Commission considered and ordered filed a number of communica- 
tions requesting 4 contribution of state highway funds to assist in financing 
the Oregon Roadside Council's proposed educational campaign, the Commission 
being without legal authority to expend state highway funds for such purpose. 


A letter was presented from the Oregon Automobile Dealers’ Associa- 
tion urging the proper state authorities to prohibit the pbuilding of high- 
power tension lines along state highway rights of way because of the interfer- 
ence that they cause to radio reception in automobiles, it being their con- 
tention that in the not far distant future practically all eutomobiles will 
be equipped with radios. The Commission ordered that the association be in- 
formed that the pole line companies now have legal authority to place their 
poles on the public roads of this state subject to designation of location 
by the State Highway Commission, in the case of state highways, and by the 
county courts in the case of county roads, and that it appears to the Commis- 
sion that the matter of prohibiting such pole line installation on highway 
rights of way is one for the legislature to decide. 


The Engineer reported the receipt of a request from the Bonneville 
Power Company for permission to erect its pole line along the Columbia River 
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submitted by Roy L. Houck, Salem, at $31,532.50. The next low bid 
was submitted by Harold Blake, Portland, ut $32,812.00. There were 
9 higher bids received. The Commission awards this contract to Roy 
L. Houck at his low bid of $31,532.50. 


"Reconstruction of Northeast 33rd Avenue Overcrossing at Colum- 
bia-Boulevard, Portland, in Ifultnomah County. Birkemeier & Saremal, 
Milwauicde, submitted the low bid at $17,665.00. George Isaackson, 
Portland, submitted the next low bid at $17,895.00. There were 5 
higher bidders. The Commission has awarded this contract to Birke- 
meier & Saremal, the low bidders, at their bid of $17,665.00. 


"Wigrich-Buena Vista Section of the Independence-Buena Vista 
County Road, in Polk County. 3.31 miles surfacing and oiling. The 
low bid submitted for this project was that of J. C. Compton, Mc- 
Minnville, at $13,211.60, based on the use of tar. Mr. Compton did 
not submit a bid based on the use of road oil. The next low bidders 
were McNutt Bros., Eugene, at $13,578.00, based on the use of oil, 
and $13,741.20, based on the use of tar. There were 2 higher bid- 
ders. The Commission has referred all bids received on this project 
to the Engineer with power to award the contract to the low bidder. 


"Tone Bridge over Trask River on Market Road No. 15, in Tilla- 
mook County. Construct 110-foot steel span and 180-lin. ft. pile 
trestle approaches. Dolan Construction Comgany, Tillamook, submit- 
ted the low bid at $19,777.00. Sig Ash, Portland, submitted the 
next low bid at $20,195.00. There were 5 higher bidders. These 
bids were received for and on behalf of Tillamook County and will 
be referred to the County Court for action. 


"Hillsboro-Airport Road Section of Hillsboro-Cornelius Pass 
County Road, in Washington County. 1.17 miles surfacing and oiling. 
The Commission received 2 bids on this project, that of Saxton, 
Looney & Risley, Oak Grove, being low at 412,131.50, based on the 
use of tar. The other bid received was that of Warren Northwest, 
Inc., Portland, at $13,672.00, also based on the use of tar. These 
bidders did not submit a price based oh the use of road oil. The 
Commission awards this contract to Saxton, Looney & Risley at their 
low bid of $12,131.50, using tar." 


A letter was presented from the Seaside Chamber of Commerce request- 
ing the installation of a marker at the intersection of the Oregon Coast High- 
way with the Wolf Creek Highway, containing information as to the mileage and 
directicn to Seaside, Cannon Beach, Gearhart, and Astoria. The Commission re- 
ferred this matter to the Engineer with authority to erect a standard Highway 
Department sign at such location, in the event there are no objections. 


jdered and accepted with thanks the invitation 
meet with the Chamber on Saturday 
matters of mutual interest. 


The Commission cons 
of the Jackson County Chamber of Commerce to 
evening, June 4, for a discussion of highway 
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Right of Way - 92812 - Brothers-Gap Ranch Section, Central Oregon Hwy. 
3rd authorization - $ 900.00 
Total to date {5,350.00 


Right of Way 9~2804 - Redmond-Bend Section, The Dalles-California Hwy. 
lst authorization - $ 150.00 


210-2820 - Dixonville-Mud Hollow Section, N.Umpgua County Rd. 
lst authorization - $ 150.00 


10-2819 - Rice Hill-Turkey Hill Section, Pacific Highway. 
2nd authorization - $ 500.00 
Total to date $1,050.00 


210-2820 - Dixonville-Mud Hollow Section, N.Umpqua County Rd. 
2nd authorization $ 350.00 
Total to date $500.00 
10-2818 - Reedsport Section, Umpqua Highway. 
2na authorization - % 200.00 
Total to date $500.00 


14-2810 - Hood River-Mosier Section Columbia River Highway. 
3rd authorization - $1,200.00 
Total.to date %11,'700.00 


218-2825 - Poe Valley Section - Bonanza Malin County Road. 
lst authorization - $1,500.00 


18-2826 - Dairy Rock Quarry, Klamath Falls-Laleview Highway 
lst authorization - § 100.00 


218-2827 - The Nalles-California Highway - California State 
Line Section, Whitney County Road. 
lst authorization - $ 180.00 


Right of Way 21-2816 - Burnt Woods-Eddyville-Nashville Section, Corvallis- 
Newoort and Eddyville-Blodgett Highways. 
2nd authorization - $ 85.00 
Total to date $335.00 


Right of Way 21-2820 - Toledo - Nashville Section, Corvallis-—Newport Hwy. 
2nd authorization - § 43.00 
Total to date $143.00 


Right of Way 121-2821 - Siletz Section, Siletz Seconcery Highway. 


2nd authorization - $ 0.00 
Total to date $225.00 


Reconn. Survey - 124-2819 - Salem-Mehama Section, North Santiam Highway 
7 lst authorization - $1,250.00 
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Highway between Bonneville and Cascade Locks. The Commission referred this 
matter to the Engineer to select a location for the poles. He was instructed 
to tell the company to place the poles entirely off the highway right of way, 
if possible, in locations where they could not be seen from the traveled road- 
way, to the end that the beauty of the Columbia Gorge will not be marred by 
unsightly »ole line construction. 


A letter was presented from the Clatskanie Kiwanis Club, requesting 
the construction of an oil surface on the Mist-Clatskanie Secondary Highway, 
to alleviate the dust condition that prevails during the dry season of the 
year. The Commission denied the request because of lack of funds to finance 
the work. 


A letter was presented from R. E. Stiff, Jr., Baker, Oregon, re- 
questing the privilege of trucking logs over certain secondary highiays in Ba- 
ker County during the time that the North Powder-Haines Section of the Old 
Oregon Trail is being reconstructed. The Engineer advised that the surfacing 
on the secondary highways in question is very light and will not stand con- 
centrated logging traffic. He suggested, however, that the logging trucks be 
allowed to operate over them subject to the condition that the Commission will 
order a reduced load limit in the event that damage is being done to the roads 
by such traffic. The Commission approved the recommendation. 


The Engineer presented a list of surveys that he has ordered since 
the last meeting of the Commission and asked the Commission to confirm such 
surveys and the amounts authorized for each. After due consideration motion 
was made by Commissioner Tou Velle that the State Highway Engineer be author- 
ized and instructed to make such location surveys on.various sections of high- 
ways of this state, which said sections of highways, together with their iden- 
tifying survey numbers: and the amowits authorized for survey expenditures are 
as follows: 


Reconn. Survey - 102-2813 - Junct.Pacific Highway West-Junct.Corvallis—Newport 
Highway, Kings Valley Secondary Highway. 
lst authorization - $1,285.00 


Location - ~ - 102-2814 - Pedee-Wiren Section, Kings Valley Secondary Highway 
lst authorization - $1,800.00 


Location - - - - 7-2803 - Ochoco Dam-Marks Creek Section, Ochoco Highway 
7th authorization - $ 250.00 
Total to date $7,650.00 


Soil Test - - - - 7-2803 - Ochoco Dam-Marks Creek Section, Ochoco Highway 
8th authorization - § 280.00 
Total to date $7,930.00 
Geophysical - 8-2810 - Arizona Inn Slide Section, Oregon Coast Highway 
3rd authorization - $ 500.00 
Total to date $1,100.00 
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There veing no further business to come before the Commission 
at this time, the meeting was adjourned at 3:30 o'clock p. m 


State Highway Engineer 


A tna al / 
Secretary Commissioner 


, 


Prineville, Oregon, June 13, 1938 


The State Highway Commission met in special session at 9:00 o'clock 
p- m. in the Drawing Room of Ochoco Inn for a conference with members of the 
Roads Committee of the Prineville-Crook County Chamber of Commerce and others. 
Present were: ; 


Henry F. Cabell, Chairman 

E. B. Aldrich, Commissioner 

F. L. Tou Velle, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


Dr. R. R. Hunter, Prineville, Chairman of the Roads Committee, presided on 
behalf of the Chamber of Commerce. The meeting was also attended by 15 local 
citizens and representatives of near-by communities. 


Mr. Yocom, of John Day, urged the Commission to construct additional 
improvements on the Ochoco Highway. He said that this highway is of vitel in- 
portance to the people of John Day district because it is one of the best 
routes over which to transport the products of the John Day Valley to Port- 
land . 


Mr. Charles R. Jackson, County Commissioner of Wheeler County, stat- 
ed that the people of his district are satisfied with the action taken by the 
Commission in refusing to construct the proposed highway between Mitchell and 
Antelope, but they are now particularly interestec in the improvement of the 
Ochoco Highway over which, he said, approximately 6,000,000 board feet of 
lumber was transported during 1937 and over which he estimates there will be 
moved, in 1938, 10,000,000 feet of lumber, besides much stock, grain, hay, et 
cetera. 
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Location - 26-2802 - Fairview-Cascade Locks Section, Columbia River Hwy. 
7th authorization - $3,250.00 
Total to date $'70,000.00 


Reconn.Survey - 26-2834 - Junct. Slavens Road and Barbur Blvd., Pacific Hwy. 
lst authorization - § 500.00 


Reconn. Survey - 127-2811 - Dallas-Junct. Kings Valley Section, Dallas-Kings 
Valley Secondary Highway. ‘ 
lst authorization - $ 535.00 


Right of Way - 29-2801 - Manzanita-Fisher Point Section, Oregon Coast Hmy. 
5th authorization - $ 215.00 
Total to date $2,090.00 


Location - - - 34-2818 - Multnomah County Line-South Section - Pacific West. 
3rd authorizetion - $ 900.00 
Total to date $3,400.00 


The motion was seconded and declared by Chairman Cabell to have 
passed by the affirmative vote of the Commissioners oresent. 


The Engineer reported that Contracts Nos. 2050 and 2056, for fur- 
nishing crushed rock on state highway projects, have been completed according 
to the terms and provisions of the contracts and said jobs are now ready for 
acceptance. The following resolution accepting the above >rojects was offered 
and was adopted by the unanimous vote of the Commissioners oresent: 


WHEREAS, the Engineer has reported that the following 
State Highway Commission contracts for the construction of state 
highway projects have been completed according to the terms and 
provisions of the contracts or modifications thereof and said 
jobs are now ready for acceptance: 


Contract No. 2050, with Bugene Sand and Gravel Com- 
pany, for furnishing crushed rock for the Drain Rock 
Production Project on the Pacific and Umpqua Highways, 
in Douglas County. Completed April 15, 1938. 


Contract No. 2056, with A. S. Wallace, for furnish- 
ing crushed rock for the Gold Hill Rock Production Proj- 
ect on the Pacific Highway and Same Valley Secondary High- 
way, in Jackson County. Completed May 5, 1938. 


THEREFORE, BE IT RESOLVED, that the work covered by said 
highway contracts for the construction of said state highway proj- 
ects be declared completed according to the terms of the respective 
contracts, and said jobs are hereby accepted and final payment in 
connection with each is hereby authorized. 


Chairman Cabell then advised that the Federal Government is commit- 
ted to the expenditure of the Public Lands Funds for the completion of the 
I.0.N. Highway, so it is not likely that the Government would approve the ex- 
penditure of such funds on the road between Madras and Prineville until the 
I.0.N. Highway has been completed. Judge Bowman asked particularly for a def- 
inite location survey of the Prineville-Madras road from Prineville northerly 
a distance of about 23 miles past the Pine Products Mill. He said that this 
particular section is of vital importance to their community and is their 
first choice for improvement as a Federal Aid Secondary Highway. He said 
that the Crook County Court is undecided whether to ask the Commission to im- 
prove this road as a Federal Aid Secondary Highway or as a art of the Prine- 
ville-Madras state secondary highway and urged the Commission to inspect the 
road on the following day. Chedraes Cabell questioned the advisability of 
spending funds for a survey in view of the Commission's policy not to locate 
a road until there are funds in sight to finance construction of the same. 

He agreed, however, to inspect the road on the following day without making 
any commitment thereto. 


Judge Bowman then advised the Commission that a new railroad spur 
is planned to serve Lamms Mill, located east of Prineville, which will intro- 
duce another railroad crossing on the Prineville-Madras road. He gave this 
as another reason for locating the highway immediately, before the mill com- 
pany's plans have been formulated. Chairman Cabell agreed to inspect this 
also on the following day. 


Commissioner Aldrich made the. suggestion that Crook County Court 
ask the Commission to give first consideration to the Madras-Prineville road 
in the formulation of the Federal Aid Secondary Highway program for 1939 con- 
struction, particularly the section from Prineville past the Pine Products 
Mill. It was his thought that the Commission would give this project first 
consideration in the allocation of such funds to Crook County because no al- 


lotment of Federal Aid Secondary Highway Funds was made to this county this 
year. However, he added, the action of the Commission must be based entirely 


on the amount of funds that the Government apportions to the State of Oregon 
for such purposes. 


Commissioner Aldrich then brought up the matter of the rerouting of 
the Prineville-Madras road in the town of Prineville, as was heretofore sug- 
rested by the County Court. The Engineer advised that a survey has been made 
of this section, about one-half mile in length, anc cost estimates prepared 
which reveal that the right of way costs are so high that the project cannot 
be undertaken, and accordingly the Commission ordered the report filed for fu- 
ture consideration. 


The conference was concluded at 9:45 o'clock p. m.. 
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Mr. Irving, of Madras, urged the Commission to construct to modern 
standards, at the earliest possible time, the state secondary highway from 
Prineville to Madras as a link in the Warm Springs Highway. He suggested that 
this road be located so as to connect with the new route of The Dalles-—Cali- 
fornia Highway near the south city limits of Madras. He expressed apprecia- 
tion for the funds heretofore allocated the Commission to the Ochoco and 
the Warm Springs Highways and urged continuance of allocations to these high- 
ways in the future. 


Mr. Thomas, Madras, endorsed the remarks of Mr. Irving. He urged 
the Commission to authorize a locition survey to determine definitely the 
route of the secondary highway between Madras and Prineville, particularly 
the northerly end of the same so as to permit property owners to plan improve- 
ments. 


County Judge A. R. Bowman, of Crook County, inquired as to the Com- 
mission's plans for the reconstruction of the Ochoco Highway over the Ochoco 
Mountain easterly from a place known 4s Marks Creek. He also inquired as to 
the plans of the Commission for the routing of the secondary highway between | 
Prineville and Madras. 


Chairman Cabell advised that there are two sources.of funds for fi- | 
nancing the Ochocd Highway project; namely, Federi.l Aid funds, which could be 
used to finance the work between Prineville and Marks Creek; and Forest High- | 
way funds for the financing of the work within the forest boundary east from 
Marks Creek. He pointed out that there are several important forest high- 
ways now in an uncompleted state across the Cascade Mountains and gave as his 
thought that the Forest Highway funds available should be expended for the 
completion of these roads before new projects are undertaken, which would 
postoone for a period the allocation of funds for the forest road work on the 
Ochoco Highway. When these roads are completed, he said, the Commission will 
then give consideration to the allocation of forest funds for the further in- 
provement of the Ochoco Highway, provided the Federal Government continues to 
make such funds available. 


The State Highway Engineer advised, in reply to Judge Bowman's in- 
quiry regarding the location survey for the Prineville-Madras Highway, that 
this road is eligible only for state secondary funds and federal aid secondary 
funds, of which there are none available from either source at the present 
time. He further advised that the Commission has ado»zted a policy not to 
make location surveys very far in advance of construction because of the pos— 
sibilities that changes would be made in the location by some future commis- 
Sion. He oointed out that a reconnaissance survey of this road has already 
been made which should determine approximately where the road will eventually 
gO. 


Judge Bowman suggested the use of Federal Public Lirids Funds to fi- 
nance cons‘mection of a portion of this road. He-advised that there are some 
of such land¥ between Madras and Prineville. Mr. Irving confirmed Judge Bow- 
man's remark in this regerd anc added that theie are revested Taylor Act lands 

n this locality which are under the jurisdiction of the United Stutes Forest 
Service, tle same as are the national forest lands. 
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Portland, this job will cost approximately $465,000, of which $175,000 is the 
estimated cost of right of way and $290,000 is for construction. The Cormis- 
sion decided not to undertake this project now because funds are not available 
to finance the same; however, the Engineer was instructed to keep the project 
in mind for future consideration and to notify the sponsors of the project of 
the action taken and the estimated cost of the project. 


Reconsideration was given by the Commission to the request of Leon- 
ard Ferguson, Tillamook, to haul logs 8 to 10 feet in length over state high- 
ways Guring the hours of darimess, which operation has heretofore been prohi>- 
ited during such periods. The Engineer gave &5 his thought that the transpor- 
tation of logs of this length over state highways eat night time would cause 
no more hazard to traffic than freight trucks and trailers. He recommended 
that Mr. Ferguson and other operators who desire to transport logs of such 
length over state highiaye at night be permitted to do so provicedc the logs 
are transported on trucks only, without trailers, and thet the length of the 
Logs is limited to the normal bed-length of the truck. The Coumission ap- 
proved the recommendation by unanimous vote and adoptea the action as 4 poli- 
cy to be followed hereafter. 


The Commission also reconsidered the matter of sjonsoring 4 W.P.A 
project for the salvaging of the brick in an old brewery building at Albany, 
which building was acquired in connection with the acquisition of right of 
way for the Albany railroad grade separation project. The Engineer advised 
that it will cost tne state about $500 to salvage the orick under a W.P.A. 
project, but the salvaged brick would be worth agproximately $1,200 at the 
current price for used brick. He further advised that a maintenance building 
js needed at Albany and that the brick could be used to good advantage in the 
construction of the end walls and back walls of the same, making it possible 
to secure a semi-fireproof building cheayer than a frame building, if new 
lumber has to be purchased for the same. He recommended approval of the proj 
ect. The Commission approved the recommendation by unanimous vote. 


In this connection the Engineer reported that to construct this 
maintenance building as a W.P.A. project, using the salvaged brick, would 
cost about $8,259, of which amount the state's share would be $5,042 and the 
W.P.A.'s share would be $3,217. The question arose whether to construct the 
project as a W.P.A. project or 45 4 P.W.A. project. A decision was deferred 
until the next mecting, at which time the Engineer was instructed to render @ 
report on the cost to construct the building 4s @ P.W.A. project 


Reconsideration was given by the Commission to the matter of extend- 
ing the Corvallis East Secondary State Highway across the Willamette River 
Bridge at Corvallis to @ connection with the Albany-—Corvallis Primary State 
Highway, as requested by the Benton County Court, which wants to be relieved 
of the maintenance of the bridge structure. The Engineer advised that it 
would cost approximately $16,000 to repeir the bridge and to improve the 
alignment at the Linu County end, but if the alignment were not revised the 
bridge work could be done for about $10,500. All of the repair work, ‘he said, 
need not be done at the present time because there are several years' life 
left in the bridge decking; but to do the necessary work and change the line 
at the east end of the bridge would call for an immediate ex>enditure of 
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Enroute Prineville to Heppner, June 14, 1938 


The State Highway Commission considered and disposed of routine mat- 
ters with all Commissioners present and participating. Also present were the 
State Highway Engineer and the Secretary. 


The Commission approved the oiling of the gravel sidewalk recent- 
ly constructed along the Joln Day-Burns Highway between the towns of John Day 
and Canyon City, reports indicating that the sidewalk in its present condition 
is rough and is of no benefit to school children, who still walk on the pave- 
ment on account of such rough condition. 


The Commission considered the matter of oiling the John Day Highway 
full width through the towns of John Day and Prairie City. The Commission by 
unanimous vote approved such oiling work in conjunction with the contract for 
the oiling of the John Day-Preirie City Section of this highway, when that 
work is undertaken. The Ingineer was authorized by the Commission to make in- 
vestigations and surveys es may be necessary for the oiling of the highway 
through the towns of Jolm Day and Prairie City, and also for the oiling of 
the highway full width through the town of Prineville. 


The Engineer brought up for discussion the matter of construction 
of the Ochoco Dam-Marks Creek Section of the Ochoco Highway. He pointed out 
that the Commission has included in its 1938 and 1939 Federal Aid Program an 


item of $173,000 for grading and surfacing this section but he now believes 
that such amount is not sufficient to complete the entire section, and the 
probabilities are that it will cost about $20,000 more than the amount set 
up for the same. He gave as his thought that the entire project shovld be 
contracted notwithstanding that it may overrun the amount heretofore budget- 
ed for such purpose, and he so recommended. The Commission approved the rec- 
ommendation by unanimous vote. 


The Engineer reported briefly on the proposed crossing of the Sle- 
vin Road under Barbur Boulevard, Portland. The Comission took no action on 
this matter but instructed the Engineer to keep the project in mind for con- 
sideration at some future date 


A letter was presented from Gilbert E. Gable, Mayor of Port Orford, 
requesting the oiling of the shoulders adjacent to the highway pavement 
through the town of Port Orford, particularly from Knapp Tayern to the Port 
Orford grade school, a distance of abqut 6 blocks. The Engineer advised that 
investigation has been made of this matter and it has been found that the 
shoulders are wsurfaced and that grass is growing up to practically the 
traveled portion of the road; furthermore, drainage facilities are not good. 
He recommended denial of the request until such time as the shoulders have 
been stabilized and surfaced and the drainage has been taken care of. The 
Commission decided not to do this work now but to give it consideration in 


next year's budget. 


The Engineer reported on the cost to construct a grade separation 
atructure at Sandy Boulevard and 39th Avenue, Portland. He said that, ac- 
cording to an estimate that has been prepared by the City Engineer of 
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CRATLA Laxi WIGi..aX from is junctica «ith the Pacific 
Highway to its junction with the West Diamond Lake Sec- 
ondary Highway, in Jackson County 


be and the same is hereby rescinded and cancelled as of this date, 
and the maximum load limit permissible on the said section of the 
said highway hereafter shall be the maximum load limit provided by 
law; and it is further ordered that « certified copy of this reso- 
lution be furnished to the county clerk of each county in which 
said highway is located, and that a certified copy of this resolu- 
tion be furnished to the Superintendent of the Department of State 
Police for his information. 


The Commission by unanimous vote confirmed the Engineer's award of 
the contract for drilling a well for the Brothers oasis on the Central Oregon 
Highway, in Deschutes County, to A. M. Jannsen Drilling Company, Portland, 
which company submitted the low bid for such work on April 28, 1938. The En- 
gineer advised that the contract was awarded on June 8, the conditions of the 
award having been satisfied. 


The Commission by unanimous vote confirmed the sale by the Ingineer 
of the following buildings located on the right of way of the Lombard-Killings- 
worth Section of the Northeast Portland Secondary Highway, the Engineer hav~ 
ing sold these buildings on June 8, 1938, to the Sullivan Wrecking Company , 
which submitted the high bids therefor on June 2, 1938: 


Building No. 5412, formerly owned by Wm. Habernicht, sola for 
$23.56. 


Building No. 5416, formerly owned by Philip F. Buebke, sold for 
$13.56. 


Building No. 5255, formerly owned by Chas. L. Schneller, sold 
for $56.56. 


The Commission had under consideration the matter of completing the 
construction of the Neahkahnie Mountain Section of the Oregon Coast Highway. 
The Engineer advised that it would cost approximately $200,000 to complete 
this section, of which amount 120,000 has been included in the 1938 budget. 
He suggested that it would be advisable to contract the entire section this 
fall if accumulated savings in the contracting of other work are sufficient 
to finance the portion for which no provision has been made. After some dis- 
cussion the Commission by unanimous vote approved the Engineer's suggestion 


and so ordered. 


A letter was presented from the Silverton Safety Council requesting 
the construction of 4 sidewalk along the Silverton-Marquam Road from the end 
of Oak Street to the junction with the Monitor Road, in Silverton. The Com- 
mission referred this matter to the Engineer for investigation and report at 


the next meeting. 
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$10,000, whereas to make repairs that are necessary now would cost about 
$2,200. The Commission indicated that it was in favor of taking over this 
structure and extending the secondary highway as requested; however, decided, 
on account of the present shortage of funds, to postpone the necessary action 
until next fall or until funds can be spared to finance the project. 


The Engineer requested authority to purchase 13 trailer-type tool- 
houses for use by extra gang bridge crews. He said that these crews now have 
trailer houses of various designs, some of them being two-wheeled trailers 
and others being four-wheeled trailers; and, while they are licensed and cov- 
ered by liability insurance, they are not safe pieces of equipment to have on 
the road. Furthermore, they were built by the bridge department maintenance 
crews years ago. He suggested that, if the Commission sees fit to approve 
this request, trailers built by reliable manufacturers be purchased under 
highway department design and specificetions. He estamated that they would 
cost about $400 each and that it would cost an additional $150 each to con- 
struct and install the compartments ‘or tools, et cetera, making a total esti- 
mated cost of $550 each. He further stated that, while he is requesting au- 
thority to >urchase 13 of these trailer houses, it would be his intention to 
purchase only 6 at the present time, replacing the remainder next year, which 
would entail a total outlay of only $3,300 at the present time. The Commis- 
sion approved the request by unanimous vote. 


The Engineer reported that it is no longer necessary to maintain 
the reduced load limit on the Crater Lake Highway from its junction with the 
Pacific Highwey to its junction with the West Diamond Lake Secondary Highway, 
which reduced load limit has been in effect since December 21, 1937. Accord- 
ingly, he recommended the lifting of this reduced load limit. The Comission 
aporoved the recommendation and by unanimous vote adopted the following reso- 
lution in regard thereto: 


WHEREAS, on the 2lst day of December, 1937, at a meeting 
of the Oregon State Highway Commission, all members being present 
and participating, the Commission passed and adopted a resolution 
reducing the maximum load limit on the following state highway: 


CRATER LAKE HIGHiAY from its junction with the Pacific 
Highway to its junction with the West Diamond Lake Sec- 
ondary Highway, in Jackson County 


and 


WHEREAS, subsequent to the passage of said resolution con- 
ditions have changed so that it is no longer necessary or desirable, 
and the Commission hereby finds that it is no longer necessary or 
desirable to maintain the reduced load limit set out in said reso- 
lution on the said state highway; 


NOW, THEREFORE, BE IT RESOLVED that the action of the 
State Highway Commission reducing the maximum permissible load lim- 
it on the 
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is necessary to Ceny his request. This matter was discussed at considerable 
length from various angles, but the Commission adhered to its original de- 
cision. 


The conference was concluded at 4:00 o'clock p. m. 


a a ae 
State Highway Engineer 


I Oe 


Secretary / ~~ Commissioner 
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Portland, Oregon, June 15, 1938 


The State Highway Commission met in regular session at 9:00 o'clock 
a. m. in the Auditorium of the Public Service Building. Present were: 


Henry F. Cabell, Chairman 

E. B. Aldrich, Commissioner 

F. L. Tou Velle, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


Bids as follows for highway construction projects were opened and 
read in conformance with previously published notice: 


OREGON COAST HIGHWAY 
COQUILLE-CLAUSEN SECTION - GRADING, SURFACING, OILING 


Berke Bros. $136, 314.00 
A. C. Greenwood Coimpany, Inc. 142,119.00 
E. C. Hall Company 165,575.50 
McNutt Bros. 167,447.00 
Leonard & Slate 173,254.00 
Roy L. Houck 200,108.50 
Kern & Kibbe 216,641.00 


PACIFIC HIGHWAY WEST (INTEASTATE AVENUE) 
COLUMBIA BOULEVARD-HARDING AVENUE SECTION - PAVING 


Harold Blake $139,114.50 
Oregon Contracting Company 142,638.50 
Warren Nortiwest, Inc. 147,219.50 
Edlefsen-Weygandt Company 151,947.50 
Parker-Schram Company 159,293.00 
Jacobsen-Jensen Company 174,187.50 
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A petition was presented, signed by 43 persons residing in the vi- 
cinity of the Crater Lake Highway and Eagle Point, in which the Commission 
was requested to take action to prohibit the grazing of livestock on both 
state and county highways because they are a menace to farmers and automobile 
traffic. The Secretary was instructed to inform the petitioners that this is 
is a matter entirely out of the jurisdiction of the State Highway Commission 
and to suggest that they present the same to the legislature for disposal. 


The Engineer reported that Contracts Nos. 1994, 2025, and 2049, for 
construction of state highway vrojects, have been compléted “according to the 
requirements of the contracts, or modifications thereof, and that said jobs 
are now ready for acceptance. The following resolution acce»ting the above 
projects was offered and was adopted by the unanimous vote of the Commission: 


WHEREAS, the Engineer has reported that the following State 
Highway Commission contracts for the construction of state highway 
projects have been completed according to the terms and provisions of 
the contracts and said jobs are now ready for acce tance: 


Contract No. 1994, with Harold Blake, for construction 
of Southern Pacific Overcrossing on the West Portland-Hubbard 
Highway, near Cook Station, in Washington County. Completed 
June 11, 1938. 


Contract No. 2025, with liomtain States Cons*+ruction 
Company, for construction of Sardine Creek Bridge, on the Pa- 
cific Highway, in Jackson County. Completed May 26, 1938 


Contract No. 2049, with Rogers Construction Company,for 
furnishing crushed rock in stock »iles on the Baker-Durkee 
Section of the Old Oregon Trail, in Baker County. Completed 
May 10, 1938. 


THEREFORE, BE IT RESOLVED, that the work covered by said 
state highway contracts for the construction of said state highway 
projects be declared completed according to the terms of the resvec- 
tive contracts, and said jobs are hereby accepted and final payment 
in connection with each is hereby authorized. 


At 3:00 o'clock ». m. the Commission conferred with ifr. James Hill, 
Jr., Manager of the Pendleton Grain Growers Association, in the Hepnner Hotel, 
regarding the use of the state highway right of way at Cold Springs Landing, 
as a site for a grain elevator to facilitate the movement of grain from this 
place to Portland, via Columbia River barge. It was explained to Mr. Hill 
thet the Cold Springs Highway is a primary state highway and its status as 
such cannot be changed except by action of the legislature. Furthermore, the 
Commission is reluctant to permit the use of state-owned property by private 
parties and does not want to be placed in the position of having sold to pri- 
vate parties state-owned property that is valuable for public use; hence, it 
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River, on the Three Mile Lane Secondary Highway, in Yamhill County, on which 
a reduced load limit of 7 tons has been in effect since 1932, has been re- 
paired so that loads weighing up to 12 tons may now be transported over this 
bridge with safety. He recommended that the reduced load limits on the North 
Fork Nehalem River Bridge and the Deer Creek Bridge be lifted entirely and 
that the reduced load limit on the Yamhill River Bridge be raised from 7 tons 
to 12 tons. The Commission approved the recommendation and by unanimous vote 
adopted the following resolution in regard thereto: 


WHEREAS, on the 25th day of September, 1928, at a meeting 
of the Oregon State Highway Commission, all members being oresert 
and participating, the Commission passed and adopted 4 resolution 
ordering a reduction of the maximum permissible load limit on cer 
tain primary state highway bridges, including the following bridge, 
to wit: 


9-40.8 North Nehalem River Bridge on the Roosevelt Coast 
Highway, in Clatsop County, 8 tons 


and 


WHEREAS, on the 27th day of September, 1932, at a meeting 
of the Oregon State Highway Commission, all members being present 
and participating, the Commission passed and adopted a resolution 
ordering a reduction of the maximum permissible load limit on cer- 
tain secondary highwey bridges, including the following bridges, 
to wit: 


153-0.85 Deer Creek Bridge on the Bellevue-Hovewell Sec- 
ondary Highway, in Yamhill County, - 6 tons 


152-0.40 Yamhill River Bridge on the Three Mile Lane Sec- 
ondary Highway, in Yamhill County, - 7 tons 


and 


WHEREAS, subsequent to the passage of said resolutions the 
said North Nehalem River Bridge, now kmown as bridge No. 9-40.94 
North Fork Nehalem River Bridge, and the said Deer Creek Bridge have 
been reconstructed so that it is no longer necessary or desirable to 
maintain the reduced load limits set out in said resolutions; and 


WHEREAS, the said Yamhill River Bridge has been repaired 
so that it is no longer necessary or desirable to maintain thereon 
the reduced load limit provided in the said resolution dated Septem- 
ber 27, 1932; 


NOW, THEREFORE, BE IT RESOLVED that the action of the 
State Highway Commission reducing the maximum permissible load lim- 
it on the following bridges, to wit: 
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HURRICANE CREEK COUNTY ROAD 
ENTERPRISE-SCOTCH CREEK SECTION - GRADING, SURFACING, OILING 


Rogers Construction Cor: any $23,365.30 
Babler Bros. 25,625.50 
Hart Construction Com any 27,086.00 
H. L. Rice 31,107.£9 


UPPER NEHALEM COUNTY ROAD 
SHEELEY BRIDGE SECTION - SURFACING AND OILING 


Using Road Oil Using Tar 


Edwin C. “Gerber $12,272.40 $12,272.40 
Warren Northwest, Inc. 12,573.00 
0. C. Yocom 12,975.00 


CHENOWETH COUNTY ROAD 
CHENOWETH CREEK-THE DALLES SECTION 
GRADING, SURFACING, OILING 


H. L. Rice $12, 744.50 


Chairman Cabell announced that the awards would be made at 2:30 o'clock p.m. 
in the same room. 


The Exigineer reported that a recent inspection of four tunnels in 
the vicinity of Homestead, Baker County, two of which are located on the Rob- 
inette-Homestead Secondary Highway, and two on the Baker-Homestead primary 
state highvay, reveals that emergency maintenance of the same will be neces- 
sary this year. He estimated that such maintenance work would cost approxi- 
mately $4,080, of which amount $1,480 is for the replacement of the timber 
lining at the west end of tunnel No. 1 on the Robinette-Homestead Secondary 
Highway, and $2,600 for the replacement of the timber lining at both ends of 
tumnel No. 1 on the Baker-Homestead highway. He requested authority to do 
this work and to vay for the same with emergency funds, in view of the fact 
that no provision has been made for this work in the approved maintenance bud- 
get for 1938. The Couwmission approved the request by unanimous vote. 


Mr. Frank Shull, Chairman of the Board of County Commissioners of 
Multnomah County, was present and offered, on behalf of the Board, to convey 
to the stete the vrozerty mown as the Vista House located at Crown Point on 
the Upper Columbia River Highway. After some discussion, the Commission in- 
dicated that it would accept this gift but deferred definite action thereon 
pending a recommendaticn from the Engineer, to whom the matter was referred 
for report at the next meeting of the Commission. 


The Engineer reported that tne North Fork Nehalem River Bridge, on 
the Oregon Coast Highvay, in Clatsop County, and the Deer Creek Bridge, on 
the Bellevue-Hopewel! Secondary Highway, in Yamhill County, have been recon- 
structed sO that the reduced load limits heretofore in effect on such bridges 
are no longer necessary. He also reported that the bridge over the Yamhill 
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The Secretary reported receipt of a communication from the Department 
of State Police relative to the proposed operations of the Buzzard-Burkhart 
Lumber Company on public roads in the vicinity of Lakeview. It appears that 
this company is proposing to transport logs from a timber tract situated about 
16 miles north of Lakeview into Lakeview over a route thet will require them 
to cross state highways at several points, and to operate along county roads 
at other points. Further, that the company proposes to haul loads containing 
from 6,000 to 7,000 feet, B.M., and weighing from 60,000 to 68,000 pounds, and 
being from 8 to 10 feet in width. It also appears that the company is of the 
belief that it will not have to obtain a special carrier permit from the Pub- 
lic Utilities Commissioner, alleging that it is transporting its own logs, 
which are the product of the soil, and that it is entitled to exempt P.U.C. 
plates covering such operation and to a refund for gasoline tax paid for gaso- 
line used in the trucks operated in this service, because, it alleges, the 
county roads over which the operations are to be carried on are now or will 
shortly be abandoned by the county court. 


In the discussion of this matter the Commission indicated that it 
would not object to the transporting of logs across state highways if the com- 
pany will comply with the statutory requirements, and provided that the opera- 
tion will not create an undue hazard to other traffic. The matter was referred 
to the Fngineer for investigation and to determine whether or not the operation 
will create a hazard, and to ascertain the status of the county roads over 
which the company proposes to transport the said logs, with a view in mind that, 
4f these roads are still in the category of county road, then the company 
should be required to secure special carrier permits from the Public Utilities 
Commissiouer and to pay the required fees. The Engineer was also instructed 
to consult with the Public Utilities Commissioner with respect to the transpor- 


tation of logs across state highways or other public roads under P.U.C. exempt 
plates. 


The Commission discussed the matter of improving the northerly en- 
trance of the Pacific Highway Wiest into Corvallis, particularly the section 
from the north city limits to Harrison Street. The Engineer estimated that 
this improvement, consisting of the widening of pavement, construction of 
curbs, et cetera, would cost about $27,000. It was the opinion of the Com- 
missioners that this project should be undertaken as soon 45 possible and ac- 
cordingly the Engineer was instructed to prepare this project for contracting 
this year in the event that sufficient savings accrue in the contracting of 
other work in Divisions Nos. 1 and 2 to finance the same. If such savings do 
not accrue, then this project is to be included in the program for 1940 Peder 
al Aid Funds. 


yee The matter of revising the Oregon Coast Highway in the town of Gold 
Beach was brought up for discussion. The Engineer advised that additional in- 
vestigations have been made which reveal that there is a possibility that the 
highway could be relocated a short distance west of the present road, between 
the ocean and the business district of the town, which would obviate the ne- 
cessity of widening the main street, which is a costly proposition because of 
the business buildings that would have to be moved. The Commission appeared 
favorably inclined toward adopting auch routing but deferred 4 decision thereon 
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9-40.94 North Fork Nehalem River Bridge on the Oregon 
Coast Highway, in Clatsop County 


153-0.85 Deer Creek Bridge on the Bellevue-Hopewell Sec- 
ondary Highway, in Yamhill County 


be and the same hereby is rescinded and cancelled as of this date and 
the maximum load limit permissible on the said bridges hereafter shall 
be the maximum load limit provided by law; and 


BE IT FURTHER RESOLVED that the action of the State Highway 
Commission reducing the maximum permissible load limit on the following 
bridge, to wit: 


152-0.40 Yamhill River Bridge on the Three Mile Lane Sec- 
: ondary Highway, in Yamhill County, 


be modified so as to permit a total gross weight of combined load and 

vehicle not exceeding twelve (12) tons upon any portion of the entire 

length of said bridge. In computing the total weight of any single 

vehicle, the total gross weight of any trailer or trailers attached | 
to said vehicle shall be considered as 4 component part of the total 

gross load and shall not be considered as a separate vehicle. 


IT IS FURTHER ORDERED that a certified copy of this resolu- 
tion be furnished to the county clerk of each county in which said 
-bridges are located; and that a certified copy of this resolution be 
furnished to the Superintendent of the Department of State Police for 
his information. 


The matter of revising the viaduct on the Pacific Highway West, 
Newberg, being structure No. 3-24.07, had the attention of the Commission. 
The Engineer advised that it would cost about $109,000 to widen this struc- 
ture for a 50-foot roadway and to change the grade line to take out the ex- 
cessive camber in the present structure, but it would cost only about $28,400 
to widen the roadway to 26 feet with a 3$-foot sidewalk on either side, with- 
out changing the grade line. He pointed out that $109,000 has been budgeted 
in the 1939 program for Federal Aid Funds for grading and paving the Newberg- 
Dundee Section of the Pacific Highway West, and he suggested that it might be 
advisable to reallocate these funds for the reconstruction of the Newberg via- 
duct, because, in his estimation, if anything is done at all with this via- 
duct, an adequate structure should be provided. He declared his opposition 
to building any more two-lane structures on important highways within or ad~ 
jacent to cities or toms. He also suggested that the improvement proposed 
for the town of Dundee, which it was planned to undertake in connection with 
the Newberg-Dundee grading and paving project, be undertaken regardless of 
whether or not the $100,000 set up for the Newberg-Dundee Section is trans- 
ferred to finance the improvements on the Newberg viaduct. He estimated the 
Dundee improvement at $20,000. After considerable discussion the Commission 
indicated approval of the Engineer's suggestion but deferred definite action 
thereon for the time being. 
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notice, the said bonds to be in denominations of $10,000 each, to 
bear interest at a rate of 1/2 of 1% per annum payable on October 
1, 1938 anc March 1, 1939 or, as to the second interest installment, 
at the time of redemption, if the bonds are called for payment be- 
fore final maturity date, we offer $100.01 for each $100 par value 
and accrued interest to date of delivery. 


Chairman Cabell announced that the Commission would take these mat- 
ters under advisement and would announce its decision relative thereto at 4:00 
o'clock p. m. in the same room. 


The Attorney requested authority to expend approximately 5100 of 
state highway funds to secure aerial photographs of certain property situate 
between Corbett anc Dodson, jn Multnomah County, which aroperty is now under 
water. He said that the property is needed for right of way for the proposed 
water grade highway up the Columbia Gorge, and, no doubt, will have to be ac- 
quired by condemnation; further, that the oictures, if taken while the land 
4s inundated, will be valuable when the condemation cases «re tried, and will 
take the place of costiy witnesses. The Commission approved the request by 
unanimous vote. 


The Commission had under consideration the matter of the adoption 
of a new route for the Pacific Highway just south of Grants Pass in order to 
eliminate excessive curvature in. the present route, and, in this connection, 
considered the report of the Attorney on the cost of right of way between En- 
gineer's Stations 99+00 and 114+36 where there is controversy with certain 
property owners in regard to the alignment. The Attorney advised that the 
right of way on the "L" line, which is the nearest line to the Rogue River, 
is estimated to cost $5,111.73, whereas, the estimated cost of right of way 
on the "L-2" line is $3,633.05, a difference in favor of the "L-2" line of 
$1,478.68. The Engineer advised that both lines lie close together and are 
of equal length and that it would cost 4s much té@ construct one as the other, 
the only difference between the two being that the "L" line will take right 
of way from one property owner who will be very badly damaged, whereas the 
"L-2" line will take right of way from 4 property owner whose holdings will 
not be adversely affected. After discussion the Commission decided, in view 
of the circumstances, to adopt the route which will require the least expen- 
diture for right of way and will be least harmful to the prope:ty owners, 
which route, it appears, is that designated as "L-2", 


Commissioner Tou Velle offered the following resolution designating 
such route, and moved its adoption. The motion was duly seconded by Commis- 
sioner Aldrich and was éeclared by Chairman Cabell to have received the unani- 


mous vote of the Commission: 


WHEREAS, for the purpose of accomplishing a better align- 
ment, the elimination of unsafe and excessive curvature, and other- 
Wise improving the Pacific Highway, the Commission directed the En- 
gineer to make & survey of the section of the Pacific Highway be- 
tween a poins approximately 100 feet south of the south end of the 
bridge over the Rogue River at Grants Pass and a point southerly 
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until it is ready to construct the project. In this connection the question 
arose whether or not it would be necessary to hold a public hearing in Gold 
Beach in the event the suggested rerouting is approved, inasmuch as Gold 
Beach is an unincorporated town. The Commission decided that it would be 
proper to hold such hearing notwithstanding that the law requires that hear- 
ings be held only when a highway routing into or through an incorporated — 


or town is changed. 


The Attorney reported with respect to the portion of the Seeley prop- 
erty which is needed for the Union Avenue Viaduct project, in Portland, which 
property lies between the portion already acquirsd and the right of way of the 
Portland Electric Power Company along the Willamette River. He said that the 
owners of the property will convey this particular area to the state if the 
state will pay the taxes due against the balance of the Seeley property. The 
Attorney stated that, in his opinion, the amount of the unpaid taxes is out of 
proportion to the real value of the property. The Commission instructed the 
Attorney to carry on further negotiations and see if a better offer cannot be 
obtained. 


At 11:00 o'clock a. m. bids for the purchase of $750,000 Oregon 
State Highway bonds were opened and read in conformance with previously pub- 
lished notice, which bids are as follows: 


Bid of The United States National Bank of Portland (Oregon): 


For Seven Hundred Fifty Thousand ($750,000) par value, all or 
any part thereof, Oregon State Highway short-term bonds, bearing 
date of July lst, 1938, to mature March lst, 1939, but to be subject 
to optional redemption on January 2nd, 1939, or on any date. there- 
after on thirty days notice, bearing interest at the rate of .37% 
per annum, we will pay you the par value thereof and accrued inter- 
est to date of delivery. 


Bid of The First Netional Bank of Portland, Oregon: 


For $750,000. State of Oregon Highway Bonds to be dated July 1, 
1938 and to mature March 1, 1939, but subject to redemption on Janu- 
ary 2, 1939 or on any date thereafter, on thirty days' published no- 
tice, to be in denominations of $10,000.00 each, and to bear inter- 
est at the rate of thirty eight hundredths of one per cent (.38%); 


WE WILL PAY $100.00 FOR EACH $100.00 PAR VALUE THEREOF PLUS ACCRUED 
INTEREST FROM THE DATE OF THE BONDS TO THE DATE OF DELIVERY To US IN 
PORTLAND, OREGON. 


Bid of State Bond Commission: 


For $250,000 par value of the $750,000 Oregon State Highway 
short-term negotiable cougon bonds to be dxted July 1, 1938 and to 
mature March 1, 1939, but to be subject to optional redemption on 
January 2, 1939, or on any date thereafter, on thirty days published 


4. That the State Highway Engineer hereby is instructed 
and directed to physically locate and mark with proper monuments 
or markers on the ground the said route and highway between said 
termini, and the Engineer is further instructed to prepare the said 
section of said highway for proper and adequate improvement as 4 
part of the section of the Pacific Highway in Josephine County be- 
tween said termini. i 


5. That this resolution be entered in the records and i 
minutes of the State Highway Commission and that a duly certified ; 
copy thereof be mailed to the County Court of Josephine County and 

the United States Bureau of Public Roads at Portland, Oregon. 


The Commission considered a report from the Landscape Engineer on 
the request of the city of Medford for the landscaping of the north entrance 
of the Pacific Highway into Medford. The report indicated that this is a fa- 
vorable roadside improvement project provided water can be supplied for irri- 
gation purposes after construction is completed, and provided, further, that 
the Owen-Oregon Lumber Company, which owns adjacent property, vill permit the 
planting of a screen of trees on its property to hide its storage yard, which 
presents an unsightly appearance from the highway. He recommended an alloca- 
tion of $6,500 of 1939 roadside improvement funds for this project if a suit- 
able easement can be secured from the Owen-Oregon Lumber Company and if water 
can be obtained for irrigation purposes. The Commission deferred action on 
this matter pending additional information as to whether or not the easement 
and water can be obtained. The Engineer was instructed to investigate such 


matter and report later. 


The Commission adjourned at 12:00 o'clock noon and reconvened at 
2:00 o'clock p. m. with Commissioner Aldrich and Commissioner Tou Velle pres- 
ent. There were also present the State Highway Engineer, the Attorney, and 


the Secretary. 


In the absence of Chairman Cabell Commissioner Aldrich acted as 
chairman pro tem. 


Reconsideration was given by the Commission to the matter of recon- 
structing the viaduct on the Pacific Highway West at Newberg. The Ingineer 
suggested that, if the Commission does not care to go to the expense of con- 
structing a 4-lane structure at this time, costing $109,000, it would be pos- 
sible to construct half of it now and the balance later when there are suffi- 
cient funds to finance it. The eventual cost of the entire structure, he 
said, would be slightly more than if a 4-lane structure were construc ted at 
the present time; but the immediate cash outlay would be considerably less, 
and the improvement would meet the requirements for 4 number of years. The 
Commission appeared favorably inclined toward the suggestion but deferred ac- 
tion thereon pending further study. The Engineer was instructed to investi- 
gate the matter thoroughly from this new standpoint and to report later. 


The Engineer brought up for discussion the matter of contracting the 
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therefrom on the Pacific Highway in the Southeast Quarter of Sec- 
tion 21, Township 36 South, Range 5 West, W. M., in Josephine Coun- 
ty; and 


WHEREAS, said survey has been completed and a map there- 
of made and the field notes and other engineering data have been 
filed in the office of the State Highway Commission in Salem, Ore- 
gon; and 


WHEREAS, after due consideration of said map and records 
it is the judgment of the Commission that said map, survey, field 
notes and other engineering data should be approved and adopted by 
the Commission and the location and route between said termini be 
made the location and route of the Pacific Highway between said 
points; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
Commission, all members being present and affirmatively voting, as 
follovrs: ; 


1. That the survey, field notes, map and other engineer- 
ing data with respect to the Pacific Highway between the above- 
designated termini be and the same in their entirety are hereby ap- 
proved and adopted as the survey, field notes, map and engineering 
data supporting and disclosing the route of the highway between the 
said termini, and the Engineer hereby is directed to file all of 
said data and information and to preserve the same in the records 
and files of the State Highway Commission at Salem, Oregon. 


2. That the route of the Pacific Highway in Josephine 
County between the above-designated termini hereby is changed and 
modified and said highway between said termini hereby is located as 
follows, to wit: 


Beginning at a point on the present Pacific Highway, 
said point being approximately 100 feet south of the 
southerly end of the bridge over the Rogue River at the 
southerly entrance to the city of Grants Pass, and thence 
running in a southeasterly and easterly direction through 
Sections 19, 20, and 21, T. 36S., R. 5 W., W. M., to a con- 
nection with present located Pacific Highway in the S.E.} 
of Section 21, T. 36 S., R. 5 We, We M. 


3. That said map for identification bears thereon the sig- 
nature of R. H. Baldock, State Highway Engineer, and is dated the 
15th day of June, 1938, the original of which said map has been placed 
in the files and records of the Highway Commission at Salem, Oregon, 
and a copy of which is attached hereto. * 


# Map filed in Adoption of New Highway Routes File - No. 2. 
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through the town of Dundee should be given preference over beth and should be 
constructed regardless of the other two. 


Chairman Cabell advised that the Commission has given this matter 
considerable thought, and, in his estimation, it is reasonable to say that 
the Commission will give the bridge project priority over the other; but the 
Commission is not ready at the present time to state just what kind of im- 
provement will be made. 


Mr. Marsh also asked for the reconstruction of the highway at the 
St. Joseph underpass, north of McMinnville, right of way for which, he said, 
has already been acquired; and also for the improvement of the approach of 
the secondary highway to the Newberg viaduct, in Newberg. He inquired as to 
the plans of the Commission with respect to the routing of the Pacific High- 
way West through McMinnville, and advised that rumors are to the effect that 
the Commission now proposes to build the highway around the city and is tak- 
ing options for right of way on such basis, which is contrary to the impres- 
e+ that they gathered et the time of the Commission's hearing in McMinn- 
ville. 


Chairman Cabell advised that, so far as the present Highway Commis- 
sion is concerned, the route selected by this Commission is the proper one, 
but such selection does not necessarily bind future commissions, so there is 
nothing that can be said to guarantee the permanency of the route. He added 
that this Commission has no intention of changing its previous decision and 
has given no one authority to take options for right of way along any other 
route. 


Mr. Marsh then asked for the improvement of Baker Street, in McMinn- 

ville, the route of the Pacific Highway West, from the end of the present in- 

t to the bridge, near the city hospital, and for the improvement of 
the Bellevue-McMinnville Section of the McMinnville-Tillamook Highway which, 
he said, is now in bad condition because of heavy logging traffic. The Engi- 
neer advised that the Commission's plans call for extending the Baker Street 
improvement southerly and the rebuilding of the bridge near the city hospital, 
end reconstruction of the McMinnville-Tillamook Highway as far as Valley Junc- 
tion. when funds become available to finance the work. 


The Engineer reported that an investigation by Maintenance Mngineer 
J. N. Bishop of the condition of the unoiled section of the Weston-Elgin Sec- 
ondary State Highway, near the summit, the oiling of which section has been 
requested by the people of this district, reveals that the present surfacing 
is entirely too weak to oil, and to place it in suitable condition would re- 
quire considerable expense. In view of this report, the Commission decided 
not to oil this section this year but to give it consideration in next year's 


oiling program. 


At 3:00 o'clock p. m. announcement was made of the following award 
of contracts for which bids were taken at the morning session, such awards 
having been previously approved by the Commission by unanimous vote: 
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surfacing and oiling of the Malone-California Line Section of the Whitney 
County Road, in Klamath County, which work is to be done as a Federal Aid Sec- 
ondary Highway Project. It appears that the Bureau of Public Roads has re- 
fused to approve this project, due to the fact that the Lost River Bridge, lo- 
cated thereon, is in an unsafe condition and provision for the reconstruction 
of the same must be made before said Bureau's approval can be obtained. The 
Engineer advised that he has received information from the Klamath County 
Court to the effect that the county will rebuild the bridge when the road 
project is completed. 


Mr. Tom Davis, Highway Engineer of the Bureau of Public Roads, was 
present and advised, if the Commission will include such bridge project in 
next year's Federal Aid Secondary Highway Program, or, if the county will 
agree, in writing, to construct the bridge within a year, the Bureau will 
then approve the contracting of the Whitney Road project. The Commission de- 
cided to defer the contracting of the road project until it is known whether 
or not the county will reconstruct the bridge next year. The Engineer tas in- 
structed to ascertain the attitude of the county court in regard thereto, and, 
if the county cannot finance the bridge work next year, whether or not it will 
assign to the State Highway Commission a sufficient amount of the gas tax rev- 
enue due Klamath County to reimburse the Commission for advancing the cost of 
such work. 


The Commission discussed a similar situation existing on the Enter- 
prise-Scotch Creek Section of the Hurricane Creek County Road, in Wallowa 
County, for which bids were received at this meeting. It appears that the 
Bureau of Public Roads will not approve this project because no provision has 
been made for the improvement of a certain timber culvert located thereon. 

The Engineer suggested that the state might assume the expense of reconstruct- 
ing this culvert if that could be done legally; otherwise, that Wallowa County 
be asked to sign an agreement that it will widen the structure. On account 
of the uncertainty of the Commission's legal authority to expend state money 
on projects of this kind, the Commission ordered that the matter be covered 
by an agreement with Wallowa County in the event that the cost of the culvert 
work exceeds the extra amount allowed by the Federal Government for contin- 
gencies. 


A delegation from Newberg and McMinnville, headed by Mr. Eugene 
Marsh, of McMinnville, came before the Commission in regard to the reconstruc- 
tion of the viaduct on the Pacific Highway West at Newberg. Others in the 
delegation were Dr. H. L. Toney and James Smith, both of McMinnville; and the 
following from Newberg: Messrs. S. L. Parrett, George Larkin, Dr. T. W. Hes- 
ter, C. A. Morris, George H. Layman, and k. H. C. Bennett. 


Mr. Marsh gave as their understanding that the Highway Commissicn 
has budgeted $110,000 for the improvement of the Pacific Highway West between 
Newberg and McMinnville, more particularly for the paving of the section be- 
tween Dundee and Lafayette. He said that, while they would like very much to 
see this project proceed to completion, they believe that the Newberg Bridge 
project is of more importance and would ravier the Commission spend its money 
for such project than for the paving work, except that the improvement planned 
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G. E. Manchester, Mayor of Cascade Locks, and Teunis J. Wyers, City 
Attorney, came before the Commission in regard to the construction of a city- 
owned power transmission pole line along the right of way of the Columbia Riv 
er Highway through their city. Mayor Manchester advised that the city is now 
being served by the West Coast Power Company, but the city wants service from 
Bonneville and has decided to install its own system, which will include the 
lighting of the highway, so it will be the best lighted town in the state. 
He further stated that the West Coast Power Company, which now has @ pole line 
along the south side of the highway, will agree to the joint use of their 
poles in so far as the street lighting is concerned but will not agree to such 
joint use for other purposes, although the city is willing to enter into 4 
joint-use agreement with the company at the customary rate. 


In view of the policy of the Commission which permits the construc- 
tion of only one pole line on each side of the highway and also requires the 
joint use of poles, suggestion was made that representatives of the city meet 
with representatives of the West Coast Power Company and endeavor to make sat- 
isfactory arrangements for the joint use of the poles. The city officials 
agreed to do this and report later. This matter was discussed further at 4:30 
o'clock p. m. after Chairman Cabell returned to the meeting. Mayor Manchester 
reported at that time that he consulted with the attorney for the West Coast 
Power Company in regard to the joint use of their poles and this attorney re- 
fused emphatically to enter into any discussion of the matter whatsoever. 


In the further discussion of this matter it was brought out that the 
West Coast Power Company is occupying space on the highway right of way with- 
out permit from the State Highway Commission, and considers that the State 
Highway Commission does not have the authority to force them to use poles 
jointly with the city. In view of the circumstances, the Commission decided 
unanimously to permit the city of Cascade Locks to construct its pole line 
along the south side of the highway through the town, overbuilding the facili- 
ties of the West Coast Power Company. The Secretary was authorized and in- 
structed to prepare the customary form of permit covering the matter. The At- 
torney was instructed to take steps as may be necessary to cause the removal 
of the poles of the West Coast Poweg Company from the highway right of way. 


The Engineer requested authority to acquire certain parcels of real 
property that are needed for various highway improvements throughout the 
state.. He submitted a list of such properties, together with prices that 
he recommended be paid for each. After careful consideration, the Commission 
approved the Engineer's request and by affirmative action of the members pres- 
ent adopted the following resolution in regard thereto: 


WHEREAS, in connection with the further improvement of 
the highways hereinafter designated, it is and hgs been necesséry 
to acquire property for right of way, quarry sites, gravel or other 
material sites, or sites for the storage of materials, as herein- 
after more definitely set forth; and 


WHEREAS, as a result of negotiations carried on with the 
owners of the property required, options have been obtained, which 
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"Coquille-Clausen Section of the Oregon Coast Highway, in 
Coos County. 2.95 miles grading, surfacing, and oiling. The low 
bid received for this project was that submitted by Berke Bros. ,Inc., 
Portland, at $236,314.00. The next low bid was that of A. C. Green- 
wood Company, Inc., Portland, at $142,119.00. There were 5 higher 
bidders. The Commission has awarded this job to Berke Bros., Inc., 
at their low bid of $136,314.00. 


"Columbia Boulevard-Harding Avenue Section of the Pacific 

Highway West (Interstate Avenue), in Multnomah County. 3.3 miles 
paving. Harold Blake, Portland, submitted the low bid on this proj- 
ect, at $139,114.50. The Oregon Contracting Company, Portland, sub- 
mitted the next low bid at $142,638.50. There were 4 higher bidders. 
The Commission has referred all bids received on this project to the 
Engineer with power to award the contract to the low bidder when cer- 
tain conditions have been satisfied. 


"Enterprise-Scotch Creek Section of Hurricane Creek Coun- 
ty Road, in Wallowa County. 3.4 miles grading, surfacing, and oil- 
ing. The low bid submitted on this job was that of Rogers Construc- 
tion Company, Dayton, Washington, at $23,365.30. Babler Bros., 
Portland, submitted the next low bid at $25,625.50. There were 2 
higher bidders. These bids have veen referred to the Engineer with 
power to award the contract to the low bidder when certain condi- 
tions have been satisfied. 


"Sheeley Bridge Section of the Upper Nehalem County Road, 
in Columbia County. 3.22 miles surfacing and oiling. Edwin C. Ger- 
ber, Oregon City, submitted the low bid on this project, at $12,272.40, 
based on the use of either tar or road oil. Warren Northwest, Inc., | 
Portland, submitted the next low bid at $12,573.00, based on the use | 
of tar. They did not submit a bid besed on the use of road oil. 
There was one higher bidder. Inasmuch as the low bidder, Edwin C. 
Gerber, submitted identical bids besed on either tar or road oil,and 
the Commission did not care to choose which should be used, selection 
was made by lot and tar was drawn. The Commission therefore awards 
this contract to Edwin C. Gerber at his low bid of $12,272.40, using 
tar. 


"Chenoweth Creek-The Dalles Section of the Chenoweth Coun- 
ty Road, in Wasco County. 0.70 mile grading, and 1.19 miles surfac- 
ing and oiling. The only bid received for this project was that of 
H. L. Rice, Portland, at $12,744.50. The Commission considers this 
bid satisfactory and has awarded the job to Mr. Rice at this price." 


The Engineer brought up for discussion the matter of condemning 
right of way that has not already been acquired for the projects for which 
bids were received at this meeting. He requested authority for the Attorney 
to commence condemnation proceedings to secure such parcels. The Commission 
authorized and instructed the Attorney to acquire such properties by conden- 
nation, if necessary. 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent a | 


So to hfield Section - Or C 
5 en, Mary F. (Est.) 29,406 sq.ft. 18,055 sq.ft.,10¢ sq.ft. 


11,315 sq.ft.,4¢ sq-ft.Benson 
5099-Flanagan Est., Inc. and 


Mary F. Mullen Est. " 4,000 sq.ft. 10¢ sq.ft. ° 
5083-West Coast Investment Co. ' 
& Mary F. Mullens Est. " 1,889 sq.ft. 10¢ sq.ft. . ti 
5110-Mary F. Mullen Est. and my 
Flanagan Est. " 6,000 sq.ft. 5f sq.ft. ° 4 
5094-Mary F. Mullen Est. and Se | 
Flanagan Est. n 0.766 a. Lump Sum $1,500 " = | 


ville River-Fat Elk Creek Section - Oregon Coast Highwa: 
W-Russ, Z. Co. ~ Stock Pile 1.0 l-yr.Lease,Lump Sum $10 


McChesney PF FE 
6077-Russ, Z. Co. R/W 3.58 $10€ per a. + $210 is 
plus cattle pass 7 eet 
6079-Fish, Frank D. Gravel Pit _ | 
Hauling Road sa E 
Easement 4.82 Lump Sum $500 e re 
6076-Connick, Edythe R. R/W 3.34 $100 per a.+ $255 + mov- - 
ing bldgs. (Est $4000) " 
6078~Hathaway, Geo E. et al ° _ 0.98 $100 per a. plus $89 " 


—Clausen Section - Oregon Coast Highwa 
eee Geo. E. et al vit 4.56 1.0 a. at $200 per a. 


3.56 a. at $30 per a. 


plus $180.25 McChesney 

6088-Norton, Berta May sg 0.34 Land Gratis + $37.50 . 
6086-Churchill, Lydia M. " 0.15 $90 per a. plus $12 ® 
6089-Collier, Joseph A. " 1.04 $20 per a. plus $36 " 
6087-Clausen, Alton H. and 

Lester K. n 1.76 $100 per a. + $126.50 " 

Junction City-Eugene Section - Pacific Highway = 
5937-Loan & Trust Savings Bank 5.1799 $150 per a. Benson & 

of Concord Gravel Pit 4 
Drews Valley Section - Klamath Falls-Lakeview Higt . 
6014-Tracy, D. 0. 8.11 3.81 a. at $5 per a. Fy 
6015 1.89 a. at $10 per a. S 
6017 1.8 a. at $25 per a. 
6019 0.57 a. at $100 per a. is 

plus $456 Gardiner ia 

6083-Builta, Chas. " 2.86 Land Gratis plus $60 " 3 
6022-Zedralias, Mathew ” 3.75 $8 per a. plus $20 . 
6021-Heckman, J. R. n 0.83 Land Gratis plus $60 n 
6027-Jarisch, Adolph ® 1.07 Lump Sum $6.35 " 
6016-Thomas, L. G. " 0.21 Lump Sum $5 n 
6018-Siems, Chris n 1.63 $5 per a. n 
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options have been considered by the Commission, outlining the bases 
of settlement which have been agreed upon; 


WHEREAS, it is tne judgment of the Commission that the 
said options should be approved and accepted, and/or the said re- 
ports be declared acceptable to the State Highway Commission as ba- 
ses of settlement for the properties involved, and that the acqui- 
sition of the proverties should be completed: 


NOW, THEREFORE, BE IT RESOLVED that the several offers, 
or bases of settlement hereinafter enumerated be, and the same here- 
by are, approved and accepted, and that the Attorney for the State 
Highway Commission be, and he hereby is instructed to complete the 
acquisition of the said proyerties and to take title thereto in the 
name of the State of Oregon. The said properties hereby ordered and 
authorized to be acquired are as follows: 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


to: ction - Nehalem Highwa: 
Low more County Stock Pile Gratis Eason 


55,440 sq.ft. 
Otis-Siletz Section - Oregon Coast h' 
5794-McNeil, J. B. Vit 504 sq.ft. 14.88¢ sq.ft. Collins 


1 Avenue-Union A’ tion - (°) —Ore 
2972-Seeley, Mayannah W. 31,304 sq.ft. Lump Sum $7,500 Parker 


5413-0.0.R. R.& iN. N.Co. RI Sis =f 4 at F sq.ft. 
(Correction) * ais sq.ft., 3¢ sq.ft. 
913454 sq.ft., 2¢ sq.ft. 
Parker 
5414-Scroggins,Elizabeth M. " 10,000 sq.ft. 7 sq.ft. plus $85 " 
5411-Mulhens, Joseph Jr. " 10,000 sq.ft. 7 sq.ft. plus $90 " 
5409-Kelly, J. L. " 2 lots Lump Sum $515 DeSouze 
n 


5433-Murphy, Thomas W. 15,568 sq.ft. 2¢ sq.ft. plus $888.64 Parker 


Columb boulevars- Avenue Section - Pacific We 
5050-Pierrard, F. J R/W 45 sq.ft. lL i — plus $20.50 Benson 


5383-Star Sand Co. " 1,802 sq.ft. $1 sq.ft. plus $698 

plus moving bldgs. 

(Est. $2000) . 
5070A-Neimann, Oscar J. " 251 sq.ft. 10¢ sq.ft. plus §49.90 "“. 


Nelson, Oscar E. 


Salem-12th Street Junction Section - Pacific Highway Ea 
5912-Larsen, Fred S 260 sq.ft. 5¢ sq.ft. MoCallister 


5913-Highway Communities Corp." 629 sq.ft. 5¢ sq.ft. 
5775-Gatchell, W. F. " 1,960 sq.ft. sq.ft. plus $26 ® 
5918-Harbert, John W. " 10,890 sq.ft. 23¢ sq.ft. + $27.75 


+ moving (est at $75) . 
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Bid of The First National Bank of Portlend, Oregon: 


For $750,000. State of Oregon Highway Bonds to be dated July 1, 
1938 and to mature March 1, 1939, but subject to redemption on Jan- 
uary 2, 1939 or on any date thereafter, on thirty days’ published 
notice, to be in denominations of $10,000.00 each, and to bear in- 
terest at the rate of thirty-eight humdredths af one per cent (.38%); 


WE WILL PAY $100.00 FOR EACH $100.00 PAR VALUE THEREOF PLUS ACCRUED 
INTEREST FROM THE DATE OF THE BONDS TO THE DATE OF DELIVERY TO US IN 
PORTLAND, OREGON. 


Bid of the State Bond Commission: 


For $250,000 par value of the $750,000 Oregon State Highway 
short-term negotiable coupon bonds to be dated July 1, 1938 and 
to mature March 1, 1939, but to be subject to optional redemption 
on January 2, 1939, or on any date thereafter, on thirty days 
published notice, the said bonds to be in denominations of 
$10,000 each, to bear interest at a rate of 1/2 of 1% per annum 
payable on October 1, 1938 and March 1, 1939 or, as to the second 
interest installment, at the time of redemption, if the bonds are 
called for payment before final maturity date, we offer $100.01 
for each $100 par vaiue and accrued interest to date of delivery. 


WHEREAS, in the judgment of the Commission the bid of The 
United States National Bank of Portland (Oregon) is the best bid 
of the bids offered and submitted, and it is the further judgment 
of the Commission that the said bid of The United States National 
Bank of Portland (Oregon) should be accepted and the sale of the 
bonds made to the said The United States National Bank of Portland 
(Oregon). 


NOW, THEREFORE, a majority of the members of the Commission 
being present and affirmatively voting, it hereby is resolved as 
follows: 


1. That the bid of The United States National Bank of Port- 
land (Oregon) be and the same hereby is accepted. 


2. That the seid bonds when prepared and when executed by 
the Governor, the Secretary of State, and the State Treasurer be 
delivered to the said The United States National Bank of Portland 
(Oregon) on the first day of July, 1938, on peyaent of the pur- 
chase orice thereof. 


3. That this resolution be entered in the minutes and rec- 
ords of the Highway Commission. 


Mr. Jack Joyce, of the United States Forest Service, was oresent 
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Section, Hwy., and Owmer Purpose Acres Approximate Anounts Agent 
Muddy Creek-Lakeview tion - Klamath Falls—Lakeview hi 


417%-Oregon Land Co., Inc. § lots 910 per lot McChesney 
Valley Falls-White Rock Section - Fremont hwa: 
37-Chandler, R. ii. Gravel Pit 0.83 $30 ver a.plus fencing Gardiner 

6038-Chandler, Doyle S. ° p Py $30 ver a. " 
Picture Rock Pass —Herris Creek Section - Fremont a: 

2-State Land Board Gravel Pit 40.0 $3 per a. McCallister 

Sorings—liunter Hiil Section - ont Highway 
6061-Lake County Gravel Pit 4.84 Gratig Gardiner 


Fox-Forest Bounda ection — Pendieton-John Dey Highwa’ 
5999-McGirr, Albert R/W 6.95 Lump Sum $400 DeSouza 


At 4200 o'clock >. m. the Comaission had under consideration the 
bid of The First National Bank of Portland, Oregon, and the bid of The United 
States National Bank of Portland (Oregon) for the purchase of $750,000 Oregon 
State Highway bonds, and the bid of the State Bond Commission for the purchase 
of $250,000 par value of said bonds, the bid of The United States National 
Bank of Portland (Oregon) being for the purchase of the entire issue at a rate 
of interest af thirty-seven hundredths of one per cent (.37%) per annum, the 
bid of The First National Bank of Portlana, Oregon, being for the purchase of 
the entire issue at a rate of interest of thirty-eight hundredths of one per 
cent (.38%) per annum, and the bid of the State Bond Commission being for the 
purchase of $250,000 of said bonds at a rate of 1/2 of 1 ver cent per annum, 
and the Commission being of the opinion that the bid of The United States 
National Bank of Portland (Oregon) was the best bid submitted accordingly ac- 
cented said bid and sold the said bonds to The United States National Bank of 
Portland, (Oregon). 


The said Commission tnereugon by the affirmative vote of the two 
commissioners present adopted the following resolution with respect to the 
sale of said $750,000 Oregon State Highway bonds: 


WHEREAS, in response to a call for bids duly issued and 
published by the Highway Commission for the sale of $750,000 par 
value Oregon Stete Highway bands, there were received by the Commis- 
sion the following bids, to wit: 


Bid of The United States National Bunk of Portland (Oregon): 


For Seven Hundred Fifty Thousand ($750,000) par value, all or 
any part thereof, Oregon State Highway short-term bonds, vearing 
date of July ist, 1938, to mature iéarch lst, 1939, but to be subject 
to ovtional redemption on January 2nd, 1939, or on any date there- 
after on thirty days notice, bearing interest at the rate of .37% 
per annum, we will pay you the par value thereof and accrued inter- 
est to dete of delivery. 
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to advertise this project for bids to be received on Thursday, July 21, 1938. 
He was instructed to convey this information to Mr. Griffith and to tell him, 
further, that the Commission proposes to construct the remaining section of 
this oroject as soon as funds are available to finance the same. 


Reconsideration was given by the Commission to the claim of the 
Peninsula Golf Club, in the amount of $265.00, same being in the nature of re- 
imbursemant to the club for expense incurred in connection with studies and 
investigations pertaining to the proposed traffic separation structure at the 
intersection of Denver and Union Avenues, Portland. After considerable dis- 
cussion of this matter, the Commission concluded that the representations 
made to the club by the Commission's agents carried-no obligation on the part 
of the Commission to reimburse the club for its expense. In view of this con- 
clusion, and for the further reason that the assumption and payment of this 
claim would establish an undesirable precedent, the Commission decided unani- 
mously to deny the same. 


A letter was presented from Mr. Rey B. Early, Portland, urging that 
the Arch Cape Tunnel, on the Oregon Coast Highway, south of Cannon Beach, be 
opened for public use notwithstanding that the highway at the south end of 
the tumnel has not been completed. The Engineer recommended against the open- 
ing of the tunnel because of the danger of accidents occurring by reason of 
falling rocks. It was his thought that the tunnel should be barricaded at 
each end until it has been lined and the danger of falling rocks averted. 

The Commission approved the recommendation and so ordered. The Engineer was 
instructed to convey such information to Mr. Early. 


The Attorney reported results of negotiations with Mrs. Alvena H. 
Borland for the acquisition of right of way for a revision of the Pacific 
Highway and a connection with the Redwood Highway at the junction of such high- 
ways south of Grants Pass. He said that he consulted with Mrs. Borland's hus- 
band, who finally stated that they would take $15,000 for the property, claim- 
ing that it would take that much woney to purchase another suitable site for 
his mill and move his machinery and equipment to the same, in addition to al- 
lowing him something for his present site and business location. The Attorney 
pave as his thought that the price demanded by the Borlands is exorbitant and 
suggested that they be offered a sum not to exceed $8,000 covering items as 
follows: 1.75 acres of land at {2,000 per acre; moving of storage shed, $400; 
spur track, $800; slab burner, $600; conveyor, $200; moving of planer, et 
cetera, $1,200; and $1,000 compensation for a feed and seed warehouse which 
is now under lease for a period of 5 years at $35 per month. 


The Engineer gave as his thought that a permanent location survey 
Should be made and right of way acquired at once, before ‘ir. Borland recof- 
structs his mill on this site. After discussion, the Comuission authorized 
tae Engineer to make such location survey. The Attorney was instructed to 
negotiate further with Mr. Borland, and, if necessary, to offer him as much 
as $8,000 for his property. He was further instructed to condemn the right 
of way across Mr. Borland's land if he refuses the offer. 


The State Parks Superintendent, Mr. S. H. Boardman, was present and 
reported on the following matters: 
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and requested authority to transport 2  ortable buildings, 14 feet wide,. 32 
feet long, and 18 feet in height, over state highways from Camp Sherman, in 
Jefferson County, to Fort Rock, in Lake County. He said that he oreviously 
requested a permit to move these buildings on the highway but the application 
was denied because it was considered that the buildings were too large, so he 
investigated further the matter of cutting the buildings in half and the pos- 
sibilities of moving them over county roads part of the way, and he finds that 
that can be done satisfactorily. Accordingly, he is now requesting a permit 
to move four buildings, 14 feet wide, 16 feet long, and 18 feet in height, 
over three sections of state highway between Camp Sherman and Fort Rock, be- 
img a 4-mile section of the Santiam Highway, near the Jefferson-Deschutes 
County line, a 7-mile section of the Bend-Sisters Highway near Tumalo, and a 
4-mile section of the Cent.al Oregon Highway east of Bend. The balance of 
the distance, he said, would be over county roads, for which he has already 
secured county permits. He estimated that it would take about two hours for 
each trip end that the combined weight of load and vehicle would not ex- 
ceed the statutory limits. 


After considerable discussion, the Commission authorized the trans- 
porting of one of the buildings as a trial proposition, subject to the con- 
dition that the movement be properly flagged and that the United States For- 
est Service assume all liability in the event that an accident occurs. The 
Engineer was instructed to have Division Ingineer Wm. E. Chandler personally 
accompany such trial movement along with Mr. Joyce and render a report there- 
on. The Commission authorized the granting of a permit for the transporte- 
tion of the remaining buildings if the report is favorable. 


Chairman Cabell returned to the meeting at 4:30 o'clock p. m. 


The Engineer requested authority for Harold B. Say, Manager of the 
Travel and Information Department, to make a trip into Washington orm Ida'no to 
contact various newspaper officials relative to publicity matters. He es- 
timated that it would take iir. Say about two or three days to make this trip 
and that it would cost about $25.00. The Commission approved the request by 
unanimous vote, subject to the further approval of Governor Martin. 


The Attorney reported an estimate of cost to secure right of way 
for the oroposed revision of the Oregon-Washington Highway between Pendleton 
and Adams, including cost of land, severance, fencing, general damage, et 
cetera. After considerable discussion the Commission approved the report 
and authorized the Attorney to proceed with the taking of options for right 
of way that may be needed for a project that can be financed with the funds 
that have been budgeted for this particular work. The Commission left it 
with the Engineer to determine the limits of such project. 


The Engineer reported receipt of information from Mr. Franklin T. 
Griffith, President of the Portland General Electric Company, to the effect 
that the company will contribute a sum of $25,000 toward the cost of recon- 
structing the Sandy Boulevard project, between 15th Avenue and 45th Avenue, 
Portland. In view of this information, the Commission authorized the Engineer 
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pipe line on state-owned property situate near the State Highway De- 
partment Shops in Salem. 


Agreement with Viola Lee Pratt and Henry G. Pratt relative to 
the purchase by the state, for park purposes, of certain property 
situate adjacent to the Oregon Coast Highway south of Cape Perpetua, 
in Lincoln and Lane Counties; also, escrow agreement providing for 
the depositing of the deed to such property in the First National 


Bank of Portland pending final payment for the property by the 
state. 


Agreement with the United States Bureau of Public Roads pro- 
viding for the financing of The Dalles Roadside Improvement Project 
on the Columbia River Highway with 1937 Federal Aid Funds, being 
designated as Oregon F.A.P. 36-C. 


Agreement with Klamath County providing for maintenance by the 
County of the Whitney Bridge County Road, between The Dalles- 
California Highway and the California state line, after construc- 
tion of the same by the state ay a Federal Aid Secondary Highway 
project. 


Agreement with Wallowa County providing for maintenance by the 
county of the Enterprise-Hurricane Creek County Road between Eater- 
prise and Scotch Creek after construction of the same by the stete 
as a Federal Aid Secondary Highway project. 


Bargain and sale deed conveying unto Lee Ragan two parcels of 
land containing 931 sq.ft. and 2,923 sq.ft., respectively, situate 
adjacent to the right of way of the Oregon Coast Highway near the 
north end of the bridge over the Siuslaw River, at Florence, con- 
sideration $207.70. 


Bargain and sale deed conveying wnto Al Leonard Krause, trustee, 
3.28 acres of land situate adjacent to the Oregon Coast Highway, in 
Government Lots 4 and 5 of Section 20, Township 10 South, Range 11 
West, W. M., Lincoln County. 


Bargain and sale deed conveying unto A. J. Hodges Lots 1 and 2 
of Block 98, Monteith's Southern Addition to the city of Albany, ly- 
ing outside of the highway right of way. 


There being no further business to come before the Commission 
at this time, the meeting was adjourned at 5:45 o'clock p. m. 


Da eT 


(State Highway Engineer ' Commissioner 
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Acquisition of the Armitage property adjacent to the Coburg County 
Road and the McKenzie River, about 5 miles north of Bugene:- Tne Commission 
decided unanimously to accept Mr. Armitage's gift of this 30-acre tract as a 
result of an inspection of the property on June 5. 


Proposed park site between the Oregon Coast Highway and the Pacific 
Ocean a short distance north of Nelscott, Lincoln County:- The Commission de- 
cided unanimously not to purchase this 90-acre tract, for which the owners de- 
mand the sum of $13,500, inasmuch as inspection of the proserty reveals that 
it does not meet the state parksrequirements. 


Easement for pipe line across property owned by Southern Oregon Lum- 
ber Comoany adjacent to Umpqua Lighthouse State Park, in Douglas County:- 
The Commission authorized the State Parks Superintendent to pay as much as 
$250 for the acquisition of this easement in order to provide a water supply 
for the state park. 


Acquisition of 200 acres from Messrs. Damatio and Huntley, Aberdeen, 
Washington, as an adlition to the state park at Arch Cape, in northern Tilla- 
mook County:- The Parks Superintendent advised that this property would make 
a fine addition to the state park and can be purchased for $60 an acre, or a 
total of $12,000. He strongly recommended acquisition of the same, After 
discussion, the Commission approved the recommendation by unanimous vote. 


Purchase of narrow wayside strips of land lying between the Oregon 
Coast Highway and the Pacific Ocean, between Newport and Waldport and between 
Waldport anc Yachats:- The Parks Superintendent advised that there is a to- 
tal of about 100 acres included in these strips, valued at about $500 an acre, 
which should be acquired by the state in order to prevent them from being 
built up and the view of the ocean obstructed. He suggested that, if the Com- 
mission does not have funds available to finance the project, a holding com- 
pany be formed for the acquisition of the same, with the idea in mind that 
the state would purchase the strips from the holding company at a later date 
when funds can be spared for that purpose. It was the thought of the Commis- 
sioners that such arrangement would not be advisable because of the .possibil- 
ity of a change in the »nersonnel of the Cowmission in the meantime, which 
might lead to considerable embarrassment, if an obligation of this kind were 
incurred. Accordingly, the Commission refused to sponsor such holding com- 
pany, but authorized the Parks Su»erintendent to solicit the aid of private 
individuals to secure these tracts for the state in some other manner. 


The Commission considered and signed agreements, et cetera, as fol- 
lows: 


Agreement with Berke Bros., Inc., providing for the settlement 
of their claim for extra comsensation arising out of their contract 
with the Commission for the construction of the Tunnel Section of 
the Old Oregon Trail, baker County, State Aighway Contract No. 1906. 


Agreement with the State Board of Forestry and the Oregon 
State Penitentiary providing for the construction of a joint sewer 
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options should be a proved and accepted, and/or the said reports 
be declared acceptable to the State Highway Commission as bases 


of settlement for the properties involved, and that the acquisi- 
tion of the properties should be completed: 


NOW, THEREFORE, BE IT RESOLVED that the several offers, or 
bases of settlement hereinafter enumerated be, and the same hereby 
are, approved end accepted, end that the Attorney for the State 
Highway Commission be, and he hereby is instructed to complete the 
eequisition of the said properties and to take title thereto in 
the name of the State of Oregon. The said properties hereby or- 
dered ard authorized to be acquired are as follows: 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


oledo-Olalla Creek Section - Corvellis-Newport hy 
6091- Lybargar, Charles W. i 0.74 Land $100, plus $300 McCallister 


Deschutes County - Central Oregon Highway 
5180- Settelmeyer, Jacob Oasis and Main- 


tenance Site 26.42 $4.00 per acre McChesney 


5772- Nixon, H. M. 32583 sq.ft. 2¢ sq.ft. plus $280 

plus moving buildings (estimated 

at $375) and construction concrete 

spring box McCallister 
5919- Hoffman, Otto Paul 6621 sq.ft. 244 sq.ft. plus $80 n 
5769- Anderson, Martha 87 sq.ft. Lump Sum- $2.50 " 
5762- Allison, Sarah Lansing " 7710 sq.ft. 13¢ sq.ft. plus $3.00 " 


Grants Pass-Green Creek Section - Pacific Highway 
6103- Borland, Alvena H. R/i 1.60 $2000 per acre (Land 
$3600) plus $4150 and subject to 
condition that Mr. Borland will 
enter into e written agreement 
.to vacate the premises within 
one year, if necessary McCallister 


Valley Falls-White Rock Section - Fremont Highway 


6092- State Land Board Ouarry Site and 
Park Site 40.0 $3 per acre McCallister 


Forest Boundary-Elgin Section - Weston-Elgin Secondary Highway , 
6102- Hill, Wm. C. Borrow Pit 0.76 Lump sum- £25.00 Williams 


Do Co 1 Section - Tiller-Trail 
6095- Swingle, H. F. Quarry Site 4.43 $15 per acre McCallister 


Beker County Section - Old Oregon Trail Highway 
6060- Zeller, A. R. Patrol Hdqters 0,59 254.24 per acre Wells 
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Portland, Oregon, June 29, 1938 


The State Highway Commission met in regular session at 7:30 o'clock 
p. m. in Room 204, Benson Hotel. Present were: 


E, B. Aldrich, Commissioner and Acting Chairman 
F. L. Tou Velle, Commissioner 

R. H, Baldock, State Highway Engineer 

J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


Chairman Henry F. Cabell was absent on a vacation trip in Europe. 


The Commission discussed matters pertaining to the expenditure of 
state highway funds which the Commission has heretofore appropriated for fi- 
nancing 2 portion of the cost of maintaining an exhibit at the San Francisco 
World's Fair in 1939 and suggestions made by Mr. Harold B. Say, Manager of 
the Travel and Information Department, which include the use of models end 
dioramas of sections of Oregon highways that are appealing and would be at- 
tractive to potential tourists, and the use of motion pictures with sound 
synchronization, pleasing music, and explanatory material. The Commission 
indicated a favorable attitude toward these suggestions but deferred a defi- 
nite decision pending a conference with the state committee in charge of the 
World's fair exhibits. The Engineer was instructed to arrange for a confer- 
ence with this committee during the luncheon hour on the following day. 


The Commission also had under consideration the appointment of a 
committee as recommended by the Advisory Committee on Publicity Matters to 
study conditions affecting tourist travel in Oregon. Several names were men~ 
tioned in this connection but the Commission deferred action, pending the re- 
turn of Chairman Cebell in October. 


The Engineer requested authority to ecquire certain percels of real 
property that are needed for various highway improvements throughout the 
state and submitted a list of such properties together with prices that he 
recommended be paid for each. After careful study the Commission approved the 
Engineer's request. The following resolution in regard thereto was adopted 
by affirmative action of all members present: 


WHEREAS, in connection with the further improvement of the 
highways hereinafter designated, it is and has been necessary to 
acquire property for right of way, quarry sites, gravel or other 
material sites, or sites for the storage of materials, as herein- 
after more definitely set forth, and 


WHEREAS, as a result of negotiations carried on with the 
owners of the property required, options have been obtained, 
which options have been considered by the Commission, outlining 
the bases of settlement which have been agreed upon, and 


WHEREAS, it is the judgment of the Commission that the said 
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Section, Hwy., and Owner Purpose - Acres Approximate Amounts Agent 


lle-Clausen Section ~ on Coast H a 
6084- Tuttle, H. M. i 0.15 $100 per acre, plus 
fencing McChesney 


Till —M er's Section - Wilson River Hi 
5856- Tillamook County Stock Pile 2.21 Lump sum — ¥300 McChesney 
5858- Tillamook County Quarry Site 5.36 Lump sum - $450 n 


Jemieson-Lancaster Section - John Day Highway 
5973- Turner, Basal A, Gravel Pit 1.35 Lump sum - $75 McChesney 


The Attorney brought up for discussion metters pertaining to the 
acquisition of right of way for the proposed revision of the Oregon-Weshington 
Highway betveen Pendieton and Adams, in Umatille County. He said thet he has 
received a communication from the Attorney representing the lend owners stat- 
ing that such lend owmers ere not perticularly anxious for the state to‘con- 
demn right of way; also that they have secured the services of a Mr. McEwen, 
Appraiser of the Federal Lend Bank of Spokane, to appraise their respective 
properties but Mr. McEwen will not be able to commence such appraisal until 
about the middle of July. It was the thought of the Commission that the state 
should have an eppraisal made by competent appraisers to compare vith that 
made by Mr. McEwen and accordingly the Attorney was instructed to arrange for 
the services of two or three men, who are competent to act in this capacity. 
Such appraisal is to be completed and ready for study by the Commission at 
the same time thet consideration is given to the appraisal made by Mr. McEwen. 


The Attorney also brought up for discussion the matter of acquiring 
right of way needed for the Interstute Avenue improvement across the property 
of Mr. & Mrs. Roskoski located at 84,3/, North Denver Avenue, Portland, and in 
this connection introduced Mr. Oscar Kaufer who has been employed by the Com- 
mission to appraise this property. Mr. Kaufer seid that the owners are demand- 
ing the sum of $19,000 for their property as a compromise settlement, they to 
remove buildings and fixtures located thereon, whereas he has appraised the 
property at $18,000 of which amount 8,000 represents the value of the en- 
tire holdings of Mr. Roskoski ond ‘10,000 represents the cost of moving the 
buildings end fixtures therefrom. The Commission considered that the price 
demanded is exorbitant end decided to limit its purchese to right of way only. 
The Attorney was authorized and instructed to offer Mr. Roskoski $11,000 for 
such right of way and to condemn the property in the event the offer is re- 
fused. (The Attorney reported on the following day thet Mr. Roskoski refused 
the offer. The State Highway Commission thereupon instructed him to acquire 
the property by condemnation. ) 


The matter of acquiring é 2o-acre tract of lend at Albany for use 
as a grevel pit end quarry site had the attention of the Commission. The At- 
torney advised that this property is owned jointly by the State Bank of Albany, 
D. E. Nebergall, Linnie N. Umphrey, Ruth Gould, and Veldora A. McKnight, end 


that they are asking the sum of &100 per acre for the same. The Commission 
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at 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


stic Creek-Powers Road Section - Coos —Ro i i 
4,500- Scofield, Fred Stock Pile 1.05 Lend %100, plus $10 McChesney 


Klameth Co Section - th ew Wi 
6046~ Bord (Rex Park, Quarry and 
Stock Pile Site 29.63 Lump Sum- $300 Gardiner 


Astoria Section - Oregon Coast Highway 


5924- Clatsop County Maintenance 
Site $325 sq.ft. Gratis Collins 


Albany Section - Pacific nee East 
5509- Burkhart, Robt. L. 7 and Main- 
tenance Site 4.2 $365 per acre, plus 
$465 (Lump Sum 42000) Gardiner 


5162- Gray, Nency RA: 13993 sq.ft. 5f+ sq.ft., plus $4800 " 
5129- Eagles, Amy E. " 52 sq.ft. 10¢ sq.ft., plus 
$1194.80 * 


1540 sq.ft. $500, plus conveyance 
of 2 parcels of land ly- 
ing outside right of 


4974- Steen, 0. A. 


way 
5507- Vandran, Chris A. ® 800 sq.ft. Lump sum- $5500 
4976i-Forney, C. F. " 8160 sq.ft. 3¢ sq.ft. 
5738- Umphrey, Linnie M. R/W and 
Gravel pit 27.369 A. $100 per acre " 


Columbia Boulev. ing Avenue Section ~ Pacific Highway West 

5385- Gray, John H. R/W 712 sq.ft. In exchange for Lot 16, 
Blk. 3, Overlook Addition, plus low 
bid for moving and re-establishing 
house thereon, plus $100 for lend- 


scaping (Moving estimeted at $1000) Benson 
5385A- Drewfs, Henry F. ¥ 5000 sq.ft. Lump Sum- $600 " 


crossing Section - West Portland-Hubbard H 


Viect Portland—Cook Ove 
fi 0.294 1500 per a., plus $59 


3631- Hogue, Fred E. 


Parker 


Jordan Creek Section — Wilson River Highway 
5857- Tillamook County Cuarry Site 3.45 Gratis McChesney 


Tideweter Section - Alsea Highway 
5940- Barclay, G. N. R/V 0.61 Lend $65, plus $140, plus 


construction of bulkhead McCallister 


Nye-Pilot Rock Section - Ore on-Washington Highway 
5859- Cunningham Sheep Co. 7 end 
(CORRECTION) Grevel Pit 14.27 11.06 a. at $10 per a. 
3.21 a. at $31 per a. Williams 
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park overlooking the ocean at Cape Lookout, which park wes obtained from the 
federal government and is inaccessible by road. Furthermore, the tract is 
isolated and in order to enter it one mst cross & tract containing 31.72 
acres owned by the Crown Willamette Company. This 31.72-acre tract, he said, 5 
fronts cn the ocean and would make a valuable addition to the present state 
park and the acquisition of the same by the state would permit the building 
of trails across state land from the end of the present road to the present 
park and would also permit the development of the area with CCC forces. He oF 
advised that the tract, which is described as Lot 2, Section 36,7. 25S., R. 4 
11 W., W.M., can be acquired from the Crown Willamette Company for the sum of 
$3,250 and strongly recommended purchase at such price. After discussion, 

the Commission approved the acqusition of this tract as recommended. 


Ripa tallies 


Acquisition of a 10-acre timber trect located adjacent to the Nehalem 
Secondary Highway four miles east of Mist, in Columbia County: - The Parks 
Superintendent advised that this tract is owned by the Clark-Wilson Lumber 
Company which is demending the sum of $6,000 for the same, besing such price 
on the value of the timber located thereon. He said thet he has had the tim- 
ber cruised and thet the tract contains 678,000 board feet of red fir for 
which the top price today is $4.00 per thousand end on that basis the Commis- 
sion should not pay more than $2,712 for the entire trect. He recommended 
that the tract be not acquired unless the company will reduce its demand to a 
reasoneble figure and suggested that it might be adviseble for further negotia- aS. 
tions to be conducted by the people who ere asking the state to secure the ip 
tract for recreetional purposes. The Commission approved the recommendation a 
and ordered that the matter be referred to the Columbie County Granges to car- ; 
ry on such additional negotiations. 

‘ 


Acquisition of the Crown Point property on the Columbia River High- 4 
way in Multnomah County:- The Perks Superintendent advised that in accordance KE 
with previous instructions from the Commission he has endeavored to contact tr 
the Board of County Commissioners of Multnomah County in regard to this mat- = | 
ter but nothing definite has come of these attempts to date but he hopes with- ‘ 
in a few days to secure sufficient information to render a complete report 
thereon. : 

5 


The Engineer reported on the cost to construct a sidewalk on the Sil- 
verton-Marquam Secondary Highway from the end of Oak Street in Silverton to 4 
the junction with the Monitor Read, which construction has been requested by hy 
the Silverton Safety Council. He said that inspection was made of this proj- 
ect in company with Dr. Smith, Secretary of the Safety Council, and a repre- 
sentative of the City Council, which revealed thet the project is 2,800 feet 
in length, half of which is located within the city limits of Silverton. He 
estimated that to construct the 1,400-foot section outside of the city limits 
and within the highway right of way would cost about %1,500. The Commission 
indicated a willingness to construct this sidewelk when funds can be spared 
to finance the same but denied the request for immedirte construction. : 


The Engineer also reported on the cost to oil the shoulders adjacent 
to the highway pevement in the town of West Linn, which work has been request- a 
ed by Mr. M. A, Wilson of thet town. He said that this project is about 1.5 
miles in length and to oil the shoulders, including the placement of stabiliz- 


1 pad 
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approved the price of {100 per acre for the land but questioned the necessity 
of acouiring such a large trect. The matter was referred to the Engineer for 
investigation. 


The State Parks Superinteudent was present and reported on the fol- 
lowing matters: 


Acquisition of addition to Yaquina Bay State Park at Newport:- The 
Parks Superintendent advised that some time ago the state acquired from the 
United States Government a 32-acre park located at Yequina Bay State Park but 
it so happens thet the park did not include all of the land bordering the bay 
and there still remains in government ownership 3.41 acres which fronts on the 
park and extends to the bay. He seid that this is necessary to complete the 
present park and requested authority to negotiate with the government for the 
acquisition of the same. The Commission approved the request. 


Park site located edjacent to the Alsea Highway, in Benton County, 
particularly in Section 10, T. 13 S., R. 7W., W.M.:- The Parks Superintend- 
ent advised that as previously instructed by the Commission he has inspected 
this tract which contains 10 acres, and is of the opinion that it would be a 
desirable addition to the state park system. He recommended acceptance of 
Benton County's offer to convey the tract to the state as « gift. The Commis- 
sion approved the recommendation. 


Proposed addition to Golden Falls Stete Park on the Coos River Sec- 
ondary Highway, in Coos County:- The State Parks Superintendent advised that 
the present park, which contains what is known as Golden Falls, will not be 
complete until it has been enlerged to include a portion of the Silver Creek 
area and what is known as Silver Falls. He advised that the property is owned 
by Coos County and that the county court has signified its willingness to con- 
vey it to the state as a gift. The Commission indicated a willingness to ec- 
cept the county's deed to the tract if the county will convey it to the state 
without cost and without the assumption of obligation. 


Acquisition of the areas included in the wye connection of the Mc- 
Kenzie Highway with the Santiam Highway and with the Bend-Sisters Highway in 
the town of Sisters, in Deschutes County:- The Parks Superintendent advised 
that for a number of years the State Highway Department has attempted to pur- 
chase these two triangular tracts, one of which contains 20 acres and is lo- 


cated at the west end of the town of Sisters, end the other contains 40 acres 
at the east end of the town of Sisters, from the owner, Mr. Louis ¥. Hill, 


but letters to Mr. Hill regarding the property have not been cnswered. He 
further advised thet both tracts are very desirable from the state's stand- 
point and should be state-owned. It was his thought, in view of the fact that 
previous attempts to acquire the property by negotiation have failed, that 

the state should acquire them by condemation and he so recommended. The Com- 
mission concurred in the viewpoint of the Parks Superintendent and thereupon 
authorized and instructed the Attorney to acquire the properties by condemna- 
tion, as recommended. 


Addition to Cape Lookout Stete Park, in Tillamook County:- The 
Perks Superintendent advised that the Commission now owns a one-thousand acre 
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with the Hawley Pulp and Paper Company which gives the peper company permis- 
sion to moor and break up log rafts in the Willamette River in front of the 
property in question, for which lease the paper company pays $1,800 annually. 
The Attorney advised that there is a question in his mind whether or not the 
lease is bona fide inasmuch as it was entered into during January 1937 while 
negotiations for the right of way were pending. He recommended that en offer 
of settlement with the owners be made on the basis of peyment of $22,000 for 
the land and improvements, ignoring the moorage value, such offer to be con- 
tingent on the determination of title to certain street ends which are in con- 
troversy. He further advised that a telegram was sent to Chairman Henry F. 
Cabell in New York on June 23 explaining the ebove facts and requesting his 
reaction and decision and that Mr. Cabell replied by wire approving settle- 
ment on the basis of payment. of $22,000 which is $2,000 more than a previous 
offer. After discussion Commissioners Aldrich and Tou Velle concurred in 
Cheirmen Cabell's telegraphic decision and instructed the Attorney to proceed 
in accordance therewith. 


The Engineer reported on the cost to construct é bypass route for a 
connection of the Tualetin Valley Highway with the Gales Creek County Road in 
Forest Grove as has been proposed by people of that torm. He estimated that 
such bypass construction on a direct line from 7th Street to a connection 
with the Gales Creek Road, about one-half mile north of Forest Grove, would 
cost about $29,000 for construction, #13,000 additional for right of way, and 
$30,000 additional for the purchase or moving of 15 houses, making a grand 
totel of $72,000. To construct the bypass on a route following certain city 
streets, he said, would cost about $10,600 and to purchase right of way for 
such route would cost an additionel $9,000 or e total of $19,600. The Commis- 
sion approved the report but took no action thereon. ‘The Engineer was in- 
structed to bear this project in mind for consideretion in next year's program. 


The Commission considered a report from the Engineer on the cost to 
grade and oil the unoiled portion of the Silver Creek Falls Secondary Highvay 
in the vicinity of Shaw, which work hes been requested by 24 petitioners from 
this district. He said that the unoiled section is 1.9 miles in length and 
to grade and oil the same would cost approximately $14,300. The Commission 
approved the report and ordered it filed. The Engineer was instructed to bear 
this project in mind for consideration in next year's program. 


Reconsideration wes given by the Commission to the matter of oiling 
the Oregon Coast Highway full width between 9th Street und the Knapp Hotel in 
Port Orford. The Engineer estimated that it would cost about $1,700 to con- 
struct an oiled surface on a strip 6 feet wide on each side of the existing 
pavement; that it would cost about $4,900 to oil the full width of the highway 
where seamé can be done without excessive grading costs and that it would cost 
about $18,000 to reconstruct the entire street, including catch basins, curbs, 
et cetera. The Commission ordered the report filed for consideretion in next 
year's budget. 


The Engineer reported on the cost to construct a proposed maintenence 
building in Albany as a P.W.A. project as compared with the construction of 
the seme as a W.P.A. project, which report was ordered by the Comission at, 
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ing rock, would cost about $10,000. The Commission decided not to do this 
work now but instructed the Engineer to bear the project in mind for considera- 
tion in next year's budget. 


The Commission considered and ordered filed the Attorney's opinion 
as to the legal authority of the Commission to spend state highway funds to 
match federal funds inthe construction and maintenance of county roads as 
federrel aid secondary highway projects. The written opinion is dated June 28, 
1937, and contains a supplement dated June 20, 1938, and briefly is to the ef- 
fect that "if the state can obligate highway funds for the construction of 
county roads under the conditions and controlled by the rulings and regulations 
of the Secretary of Agriculture as outlined in the foregoing opinion, (June 28, 
1937) then menifestly the Highway Commission can obligate highway funds for 
the maintenance of such roads if the federal government requires such obliga- 
tion as a requirement 2nd condition precedent to the procurement of the feder- 
al funds." 


The Commission had under discussion matters perteining to the Court 
Strect improvement in Selem for which bids are to be received on the follow- 
ing day. It appears thet the new streets that are to be consiructed as sub- 
stitutes for Summer Street have not yet been dedicated and until that has 
been done the Federal Bureau of Public Roads will not contribute federal funds 
to assist in financing the Court Street improvement. The Commission decided, 
under the circumstances, to proceed with the taking of bids for the Court 
Street project es edvertised but to defer the award of the contract, if neces- 
sary, until the street situetion has been satisfactorily clarified. 


A letter wes-presented from Mr. Frank Forth, Ashland, requesting 
compensation in the amount of $258 for loss incurred by him on account of al- 
leged delays and carelessness on the part of the Stete Highway Department in 
making repcirs to the Pacific Highway (new route) in front of his premises 
south of Ashlend. The Engineer advised that the Highway Department hes done 
everything thet reesonebly should be done from an emgineering standpoint to 
take cere of Mr. Forth end that evidently he is a very hard man to satisfy. 
Further, that reports indicete thet the main thing that he now wants the stete 
to do for him is to construct an epproach road to his tourist camp. The En- 
gineer read aloud Division Engineer K. D. Lytle's report on the subject dated 
June £7, 1938, recommending that Mr. Forth's claim be denied end that he be 
informed that the Highway Department has done everything thst it thinks 
should be done for him and considers the matter closed. The Commission ap- 
proved the recommendation and instructed the Attorney to write such letter to 
Mr. Forth. 


The Attorney reported results of appraisals made by the special 
committee of appraisers, Mr. Henry Reed, Mr. J. B. Laber, and Mr. N. C. Soule 
regarding the value of the Security and Investment Company's property at 
Oregon City which is needed for right of wey for the East Portland-Oregon 
City Highway in that torn. He said that this board of appraisers has set a 
value of £18,000 on the land end £4,000 on the improvement, or a total of 
$22,000, but they elso report that the owners claim special moorege right 
value which they allege is worth :12,000, same being predicated on a lease 
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Contract for greding and surfacing the Dixonville Section 
of the North Umpqua County Road, in Douglas County. Bids taken 
June 3, 1938, contrect awarded June 23, 1938, to Herold Blake, 
Portland, who submitted the low bid therefor}; 


Contrect for paving the Columbia Boulevard-Harding Avenue 
Section of the Pacific Highwey West (Interstate Avenue), in Mult- 
nomah County. Bids taken June 15, 1938, contract awarded June 22, 
1938, to Harold Blake, Portland, who submitted the low bid there- 
for; 


Contrect for greding, surfacing and oiling the Enterprise- 
Scotch Creek Section of the Hurricane Creek County Road, in Wal- 
lowa County. Bids taken June 15, 1938, contrect awarded June 20, 
1938, to Rogers Construction Company, Dayton, Washington, who 
submitted the low bid therefor. 


The Conmission approved the awards as reported. 


The Commission considered arfl ordered filed a copy of the Federal 
Aid Highway Act of 1938 as submitted to the President by Congress, June 1, 
1938. 


The Engineer brought up for discussion the matter of advancing the 
construction of the Arch Cape Tunnel-Short Sand Beach Creek Section of the 
Oregon Coast Highway which is now scheduled for contracting this fall. He 
suggested that this project be advertised for bids to be received in August. 
The Commission epproved the suggestion and so ordered. 


The Commission considered and approved the following code of regula- 
tions releting to the maintenance of edvertising eigns on or adjacent to state 
highways in unincorporated toms end villages, seme having been tentatively 
approved previously at the meeting held on May 12, 1938: 


Signs may be erected on state highway rights of way within 
a business district only for the purpose of advertising services 
or commodities for sale or hire on the adjacent premises. Like- 
wise, marquees and awnings may be erected. The erection and 
maintenance of signs, marquees and awings are to be governed 
by the following conditions: 


1. When there is a group of not less than three separate 
business establishments within a distance of 300 feet on one 
side of the highway in front of end abutting the right of way 
lins along which there has been constructed ea concrete or an 
oil macadam sidewalk. 


2. Such signs, marquees or awnings must be affixed to 
the buildings end supported entirely from the buildings. Signs 
will be permitted to encroach upon the highway rights of way pro- 
vided they are of a height sufficient to give a clearence of not 
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the previous meeting. He estimated that to construct this building as a W.P.A. 
project would cost $9,320 of which amount the state would have to pay $5,555. 
As a P.Mi.A. project, he said, the total cost would amount to about $8,850 of 
which amount the tate would heve to pay $5,367. He recommended construction 
of the building as a P.W.A. project. The Commission approved the recommenda~ 
tion end by affirmative vote of the Commissioners present adopted the follow- 
ing resolution authorizing the Engineer to file an application for a grent of 
P.W.A, funds to finance the work: 


A RESOLUTION authorizing R. H. Baldock, es State Highway En- 
gineer, to file an applicetion with the United States of America 
through the Federal Emergency Administration of Public Works for 
a grent to aid in financing the construction of a maintenance 
building to be located at Albany, Oregon, and the purchase of right 
of way necessary to such construction. 


BE IT RESOLVED BY THE OREGON STATE HIGHWAY COMMISSION: 


1. That R. H. Baldock as State Highway Engineer, be and he 
is hereby authorized to execute and file an application on behalf 
of the Oregon State Highway Commission with the United States of 
America for e grant to aid in financing the construction of a 


maintenance building to be located at Albany, Oregon. 


2. That the said R. H. Baldock is hereby authorized and 
directed to furnish such information as the United Stetes of Amer- 
ica through the Federal Emergency Administration of Public Works 
may reasonably request in connection with the application which 
is herein authorized to be filed. 


The Engineer reported the award of the following contracts in accord- 
with authority previously granted him by the Commission: 


Contract for surfacing and oiling the Roberts-Orville Section 
of the Hails Ferry County Road, in Marion County. Bids taken 
June 2, 1938, contract awarded on June 17, 1933, to McNutt Bros., 
Fugene, who submitted the low bid therefor; 


Contract for grading, surfacing end oiling the Washington 
County Line-Skyline Blvd. Section of the Northwest Thompson 
County Road, in Multnomah County. Bids taken June 2, 1938, con- 
tract awarded on June 17, 1938, to Saxton, Looney & Risley, Oak 
Grove, who submitted the low bid therefor; 


Contract for surfacing end oiling the Wigrich-Buena Vista 
Section of the Independence-Buena Vista County Road, in Polk 
County. Bids taken June 3, 1938, contract awarded June 21, 1938, 
to J. C. Compton, McMinnville, who submitted the low bid therefor; 


Highway Commission will cause an inspection to be made covering 
the structural stability of ell signs, marquees or awnings now 

in place, and, if such signs, marquees or awnings are found satis- 
factory, permits will be issued. In case the signs, marquees or 
awnings thus examined are found to be structurally imperfect, cor- 
rection must be mede before permit will be granted. If such cor- 
rection is not mede within thirty days after written notice, and 
if said signs, marquees or awnings have not been removed, they 
will be removed by the agents of the State Highway Commission. 


10. It is the intention of these regulations to permit the 
erection and display of advertising signs within the limits of 
the highway right of way by business establishments located in 
unincorporated towns and villages, and located with respect to 
each other and to the highway right of way so as to make it dif- 
ficult or impossible to display such signs within the limits of 
their own property. It is not the intention to permit the erec- 
tion or display of such signs within the right of way at isolated 
places where conditions permit the satisfactory display of signs 
on private property. 


The matter of permitting the Yakima, Washington, Chamber of Commerce 
to maintain signs adjacent to the Old Oregon Trail just east of Pendleton and 
at the junction with the road leading to Paterson Ferry across the Columbia 
River, direct traffic to the Paterson Ferry had the attention of the Commis- 
sion. The Commission denied the request for the approvel of such signs end 
ordered that the Chamber of Commerce be so informed and thet it also be ad- 
vised that the Commission is opposed to the maintenance of all signs upon or 
adjacent to state highway rights of way as 2 matter of established policy. 


The Commission had under consideration the purchase of equipment needed 
in connection with the testing of the eyesight of highway department employees 
who are required in the course of their duties to operate motor vehicles. In 
this connection the Engineer suggested that it would be advisable to secure 
the services of several oculists and several optometrists to advise what tests 
should be made and whet equipment should be purchased for use in connection 
with the meking of such tests so as to insure that no mistekes will be made 
and also to avoid criticism that might arise. He pointed out that, if the Com- 
mission approved the suggestion, it would be necessary to pay these doctors 
for their services. After discussion, the Commission authorized the Engineer 
to secure the services of three oculists and three optometrists and to purchase 
equipment recommended by them. However, he was instructed to consult with Dr. 
R. B, Dillehunt of the University of Oregon Medical School, before selecting 
the members of this board. 


The Engineer reported that the WPA fiscal year ends July 1 and that the 
WPA officials anticipate a delay of two or three weeks in securing their new 
orders which, it now appears, is going to cause some congestion on the Wolf 
Creek Highway- WPA work unless the state will assume the payment of rental of 
some of the big equipment used on this project. He requested euthority from 
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less than ten feet above the level of the sidewalk and provided 
further that they do not, under any condition, extend beyond a 
point one foot back of the curb line. Awnings must have a clear- 
ence of at least seven feet above the sidewalk and marquees a clear- 
ance of at least eight feet ebove the sidewalk. Neither awmings 
nor marquees may extend ferther from the building than a point two 
feet back of the curb line. 


3. No display of merchandise or goods offered for display or 
sole will be permitted on sidewalks or other pleces within the 
right of way. 


4. Wo signs nor eppurtenences of any kind other than those 
described above will be permitted within the right of way. This 
includes portable signs as well as signs erected on posts or 
standards. 


5, All such signs, marquees and swnings must be approved as 
to structural stability by the State Highway Commission, and plans 
for their erection must be attached to the permit forms when con- 
sidered by the State Highway Commission. 


6. Written permits from the State Highway Commission must be 
obtained by each property owner or lease holder for the erection 
and meintenance of any and ell signs, marquees or ewmings. Such 
permits will be subject to revocation on ten days' written notice. 
Permits will be issued without charge to the permittee. 


7. Each application for permit to construct and/or maintain 
an overhead or hanging sign and/or for each marquee or awning must 
be accompanied by a surety bond protecting the State of Oregon, 
the State Highway Commission, its officers or agents from all dan- 
age claims arising from injury to persons or damage to property 
chargeable to the presence of the said signs, awnings or marquees. 
In the case of signs maintained by sign compenies end covered by 
blanket insurance policies, an endorsement in the blanket policy 
protecting the State of Oregon, the State Highway Commission, its 
officers or agents, will be accepted in lien of separate surety 
bonds. 


8. Signs, marquees or avmings which are not properly main- 
tained and/or which heve been abandoned and/or which are in dis- 
use must be removed by the owner or lesssce within thirty days 
after receipt of written notice frou the Highway Commission so 
to do. Signs not removed within the above period will be taken 
down by the Highway Commission cand the cost of such removal col- 
lected from the permittee before cancellation of bond. 


9. All signs, marquees or awnings now erected in any busi- 
ness district coming within the purview of these regulations must 
be covered by a proper permit. At the earliest possible date, the 
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same to the United States Netionel Bank of Portland, Oregon, for transmittal 
to the Chese Netional Bank of New York. 


The Commission confirmed the oral authority previously given the 
Engineer on June 14 in Prineville to make a survey for the permanent location 
of the Varm Springs Secondary Highway No. 360 between Prineville and the Jef- 
ferson-Crook County Line so as to determine the proper location for the high- 
way between Prineville end the Pine Products Mill, about 2} miles north of 
Prineville. 


The Commission adjourned at 10:00 o'clock p. m. to reconvene the fol- 
lowing morning in the auditorium of the Public Service Building. 


Portland, Oregon, June 30, 1938 


The Stete Highway Commission reconvened at 9:00 o'clock a. m. in the 
Auditorium of the Public Service Building. Present were: 


E. B. Aldrich, Commissioner and Acting Chairman 
F, L. Tou Velle, Commissioner 

R. H. Baldock, State Highway Engineer 

J. M. Devers, Attorney ' 
H. B. Gleisyer, Secretary 


Bids as follows for highway construction projects were opened and 
read in conformance with previously published notice: 


KLAMATH FALLS-LAKEVIEW HIGHV.AY 
BLY MOUNTAIN-BEATTY SECTION - GRADING, SURFACING AND OILING 


McNutt Bros $105 , 440.00 
Fisher Bros 109,869.00 
E. C. Hall Co. 113,427.30 
Clifford A. Dunn 114,305.60 
Babler Bros. 117,688.00 
Edwin C. Gerber 122,888.60 
A, Milne 325,461.00 


PACIFIC HIGHWAY EAST 
COURT STREET SECTION, SALEM, - PAVING 


Oregon Contracting Co. $20,684.00 
Edlefsen-Weygandt Co. 22,041.00 
The United Contracting Co. 22,435.50 
Harold Blake 22,898.00 
Ross B. Hammond Co. 27,476.50 


Commissioner Aldrich announced that the award of contracts would be 
made at 2:30 o'clock p. m. in the same room. 
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the Commission to rent one Lima shovel with l}-yard capacity and one Loraine 
shovel with l}-yard capacity for this project for approximately three weeks, 
from July 1 to July 21, at an estimeted cost of $1,500 if developments indi- 
cate that is necessary to insure the progress of the work. He said unless the 
state will assume this expense it might be necessary to discontinue the use 

of these shovels which are now working at their maximum efficiency and cannot 
be spared at this time of the year. The Commission approved the renting of 
these shovels at state expense in order to keep the work going if that is ab- 
solutely necessary. 


The Secretary presented a letter from Mr. Hugh Earle, State Insur- 
ance Commissioner, advising that the fidelity schedule bond issued by the 
Ohio Casualty Insurance Company covering certain State Highway Commission em- 
ployees has not been properly executed because the company has failed to use 
the rates on file in his office es is required by Oregon law. The Commission 
considered that this is a matter for the State Insurance Commissioner to ad- 
just in view of the fact that the Commission advertised for bids for the fur- 
nishing of such fidelity schedule bond and accepted the bid of the Ohio Casu- 
alty Insurance Company after study disclosed that it complied with the require- 
ments and was the lowest bid received. Accordingly, the Commission instructed 
the Secretary to proceed with the filing of applications with the company in 
accordance with its requirements. 


The Commission considered and approved the Engineer's letter dated 
July 25, 1938, and directed to Mr. Franklin T. Griffith, President of the 
Portland Electric Power Company, in regerd to the proposed improvement of 
Sandy Boulevard, Portland, between 15th Avenue and 45th Avenue, wherein the 
Engineer advises Mr. Griffith that the Highway Commission will award a con- 
tract on July 21 for this improvement with the understending that the company 
will pay to the Commission on or before the date of the award the sum of 
$25,000 as the company's contribution for this construction work. Also, in 
which the Engineer gives as his understanding that the present rails of the 
company are to be left in place and that the company will maintain the remain- 
der of the street occupied by its rails until such time es the Highway Commis- 
sion can finence the construction of the remainder of the street. Further, 
that the company will not be required to cooperate in the additional expense 
of widening or repaving Sandy Boulevard but the company will be required to 
move its power lines as may be required now and in the future at its om cost 
and expense. 


The Commission considered and signed a letter directed to the Chase 
National Bank of New York authorizing release of the bond that the United 
States National Bank of Portland, Oregon, has deposited with the Chese National 
Bank of New York in connection with its designation as the depository for 
funds deposited by the Commission under P.W.A. Docket 982 covering Oregon 
Coast Highway bridge construction. The Attorney explained that the bridge 
transaction has been closed and that no funds are now deposited under the 
said project with the United States National Bank, therefore the bond deposited 
by the United Stetes National Benk with the Chase National Bank, amounting to 
some £500,000 of government bonds, should be released. The Commission approved 
the explanation and thereupon signed the letter and authorized delivery of the 
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COUNTY, AND THE ACQUISITION UF NECESSARY LANDS AND RIGHTS OF WAY 
THERFFO 


Be it resolved by the Oregon State Highway Commission: 


Section 1. Theat the offer of the United States of America to 
the Stete Highway Commission of the Stete of Oregon to aid by way 
of grent in financing the construction of the Catching Slough Bridge 
ond approach roads thereto on the Coos River Secondary Highway in 
Coos County and the ecquisition of necessary lands end rights of way 
therefor, a copy of which offer reads as follows: 


"Pp, W. 80749-127 
"FEDERAL EMERGENCY ADMINISTRATION 


OF PUBLIC WORKS 
"Uashington D. C. 
Dated: Jun 24 1938 
Docket No. Oreg. 1172-F. 
"State Highway Commission of 
the State of Oregon, 


Salem, Oregon. 


1. Subject to the Terms and Conditions (PWA Form No. 230, as 
amended to the dete of this Offer) which are made a part hereof, 
the United States of America hereby offers to aid in financing the 
demolition of existing structures and the construction of a bridge 
over Catching Slough, including the groding and surfecing of ap- 
proaches thereto and the acquisition of necessary land and rights- 
of-wey therefor (herein called the "Project"), by making & grant 
to the State Highway Commission of the State of Oregon (Herein 
celled the "Applicant") in the amount of 45 per cent of the cost 
of the Project upon completion, es determined by the Federal Emer- 
gency Administrator of Public Works, but not to exceed, in any 
event, the sum of $41,171. 


"2, By ecceptance of this Offer the Applicant covenants to 
begin work on the Project as early as possible but in no event ; 
later than 8 weeks from the date of this Offer and to complete such 
Project with all practicable dispetch, and in any event within 8 
months from the commencement of construction. 


"UNITED STATES OF AMERICA 


Federal Emergency Administrator 
of Public Works 


By (Sgd.) H. A. Gray 
A. ah Es. Le 
assistant Administretor" 


be and the same is hereby in all respects accepted. 
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The Commission also received bids for the purchase of obsolete equip- 
ment and an accumletion of scrap materials stored at the Highway Department 
Shops at Salem, Klamath Falls, Coquille, and LaGrande, as previously advertised. 
These bids were all referred by the Commission to the Engineer with power to 
sell the various items to the high bidder in each instance if the bids com~ 
pere favorably with the appraised value of the items. Announcement to that. ef- 
fect was made by the Acting Chairman, Commissionor FE, B, Aldrich. 


Commissioner Aldrich also announced that the Commission received no 
bids for the purchase of old lumber and piling in pile trestle bridges on the 
Oregon Coest Highwey, in Lincoln County, the sale of which was also advertised 
for this meeting. 


The Commission had under consideration the request of the Pionecrs' 
Associotion of Gilliam, Wheeler, and adjacent counties for the erection of a 
historical marker on the John Day Highway at the point where this highway 
crosses the original Oregon Trail Wagon Road a few miles south of Arlington. 
The Commission referred this matter to the Engineer for discussion with Mr. 
Lewis A, McArthur, President of the Oregon Geographic Board, who is an au- 
thority on such matters, with instructions to render a report at the next meet~ 


ing. 


The Commission had under consideration the acceptance of the offers 
of the United Stctes of America to aid in financing the following state high~ 
way projects by making grants of federal funds in the amount of 45 per cent 
of the cost of such projects, including the acquisition of lends and rights 
of way needed therefor, upon completion: 


1. Construction of Catching Slough Bridge and approach. 
roads thereto on Coos River Secondary State Highway, 
in Coos County; 


Construction of the Fleming Ranch-Schindler Bridge 
Section of the Albany-Lyons Secondary State Highway, 
in Linn County; 


Construction of the Sunnyside-Umapine Section of the 
Sunnyside-Umapine Secondary State Highway, in Umatilla 
County; 


4. Construction of a storage and office building and a 
storage shed near Klemath Falls, in Klamath County. 


After diecussion the Commission approved the said offers and, by af- 
firmative vote of each of the Commissioners present, adopted the following 
resolutions accepting such offers: 


A RESOLUTION ACCEPTING THE OFFER OF THE UNITED STATES TO THE STATE 
HIGHWAY COMMISSION OF THE STATE OF OREGON TO AID BY WAY OF GRANT 
IN FINANCING THE CONSTRUCTION OF THE CATCHING SLOUGH BRIDGE AND AP- 
PROACH ROADS THERETO ON THE COOS RIVER SECONDARY HIGHWAY IN COOS 


JUN zo 1958 


the construction of road improvements and a bridge on the Albany- 
Lyons Secondery Highway No. 211 in Linn County (Fleming Rench- 
Schindler Bridge Section), including the acquisition of necessary 
land end rights of way (herein called the "Project"), by making 

a grant to the State Highway Coimigsion of the State of Oregon 
(herein called the "Applicent"), in the amount of 45 per cent of 
the cost of the Project upcn completion, as determined by the Fed- 
eral Emergency Aqministrator of Public Works, but not to exceed, 
in any event, the sum of $25,310. 


2. By acceptance of this Offer the Applicent covenants to 
begin work on the Project as early as possible but in no event 
later than % weeks from the date of this Offer end to complete such 
Project with all practicable dispatch, and in any event within 7 
months from the commencement of construction. 


“UNITED STATES OF AMERICA 


Federal Emergency Administrator 
of Public Works 


Sed.) H. A. Gr 
Assistant Administrator" 


be and the same is hereby in all respects accepted, 


Section 2. That the Stete Highway Commission of the State of 
Oregon and the State of Oregon agree to abide by all rules and reg- 
ulations relating to such grant, a copy of which rules and regula- 
tions were annexed to the Government's offer and made a part there- 
of. It is hereby covenanted that the work on the project described 
in the offer will be commenced as early as possible, but in no 
event later than eight weeks from the date of the offer; and to com- 
plete she work with all practicable dispatch, and in any event with- 
in seven months from the commencement of construction. 


Section 3. That J. M, Devers, Assistant Attorney General for 
Qregon, and Attorney for the State Highway Commission of the State 
of Oregon be and he is hereby authorized and directed forthwith to 
send to the Federal Emergency Administration of Public Works three 
certified copies of this Resolution and three certified copies of 
the proceedings of this Commission in connection with the adoption 
of this Resolution, and such further documents or proofs in con- 
nection with tlie acceptance of said offer as may be requested by 
the Federal Emergency Administration of Public Works. 


A RESOLUTION ACCEPTING THE OFFER OF THE UNITED STATES TO THE STATE 
HIGHWAY COMMISSION OF THE STATE OF OREGON TO AID BY WAY OF GRANT 
IN FINANCING THE CONSTRUCTION OF THE SUNNYSIDE-UMAPINE SECTION OF 
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Section 2. That the State Highway Commission of the State of 
Oregon end the State of Oregen agree to abide by all rules and regu- 
lations relating to such grant « copy of rhich rules end regulctions 
were annexed to the Government's offer and made a part thereof. It 
is hereby covenanted that the work on the project described in the 
offer will be commenced as early as possible, but in no event later 
than cight weeks from the date of this offer; end to complete the 
work with ell practicable dispatch, end in eny event within eight 
months from the commencement of construction. 


Section 3. Thet J. M. Devers, Assistant Attorney General for 
Oregon, and Attorney for the Stzte Highway Commission of the Stete 
of Oregon be end he is hereby authorized and directed forthwith to 
send to the Federal Emergency Administretion of Public Works three 
certified copies of this Resolution and three certified copies of 
the proceedings of this Commission in connection with the adoption 
of this Resolution, and such further documents or proofs in connec- 
tion with the acceptance of saie offer as may be requested by the 
Federel Emergency Administration of Public Works. 


A RESOLUTION ACUFPTING THE OFFIR OF THE UNITED STATES TO THE STATE 
HIGHWAY COMMISSION OF THE STATE OF OREGON TO AID BY \'AY OF GRANT IN 
FINANCING THE CONSTRUCTION OF THE FLEMING RANCH-SCHINDLER BRIDGE SEC- 
TION OF THE ALBANY-LYONS SECONDARY HIGHWAY NO. 211 IN LINN COUNTY 
AND THE ACQUISITION OF NECESSARY LANDS AND RIGHTS OF \\AY THEREFOR. 


Be it resolved by the Oregon State Highway Commission: 


Section 1. Theat the offer of the United States of America to 
the State Highwey Commission of the Stete of Oregon to aid by way 
of grent in finsncing the construction of the Fleming Ranch- 
Schindler Bridge Section of the Albany-Lyons Secondary Highway 
No. 211 in Linn County and the acquisition of necessary lends and 
rights of wey therefor, a copy of which offer reads as follows: 


"P, Vi, 80934-14 
"FEDERAL “MERGENCY ADMINISTRATION 
OF PUBLIC |JORKS 


"\ashington, D. C. 
Deted: June 28 1938 
Docket No.Oreg. 1184-F. 


"State Highway Commission 
of the State of Oregon 


Salem, Oregon. 


1. Subject to the Terns and Conditions (PA Form No. 230, 
as amended to the date of this Offer) which are made a part here- 
of, the United States of america hereby offers to aid in financing 
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Section 2. Thst the State Highway Commission of the Stete of 
Oregon end the State of Oregon sgree to abide by all rules and regu- 
letions relating to such grant, a copy of which rules end regulations 
were annexed to the Government's offer end made a part thereof. It 
is hereby covenanted thet the work on the project described in the 
offer will be commenced as eerly es possible, but in no event later 
than eight weeks from the date of this offer; and to complete the 
work with all practicable dispatch, and in any event within six 
months from the commencement of the construction. 


Section 3. That J. M, Devers, Assistent Attorney Generel for 
Oregon, and Attorney for the State Highway Commission of the State 
of Oregon be end he is hereby authorized und directed forthwith to 
send to the Federal Emergency Administration of Public Works three 
certified copies of this Resolution and three certified copies of 
the proceedings of this Commission in connection with the adoption 
of this Resolution, end such further documents or proofs in connec- 
tion with the ecceptance of said offer as may be requested by the 
Federal Emergency Administretion of Public Works. 


—————— 


A RESOLUTION ACCEPTING THE OFFER OF THE UNITED STATES TO THE STATE 
HIGHWAY COMMISSION OF THE STATE OF OREGON TO AID BY WAY OF GRANT IN 
FINANCING THE CONSTRUCTION OF A STORAGE AND OFFICE BUILDING AND 
STORAGE SHED NEAR KLAMATH FALLS IN KLAMATH COUNTY AND THE ACQUISITION 
OF NECESSARY LANDS AND RIGHTS OF WAY THEREFOR. 


Be it resolved by the Oregon Stete Highway Commission: 


of grant in financing the construction of « storage and office 
building and a storage shed near Klamath Folls in Klamath County 
and the acquisition of necessary lands and rights of way therefor, 
a copy of which offer reads as follows: 


"P, W. 80915-13 


“FEDERAL EMERGENCY ADMINISTRATION 
OF PUBLIC WORKS 
"Weshington, D. C. 


Dated; Jun 27 1938 
Docket No. Oreg. 1177-F. 


"State of Oregon, by and through 
the State Highwey Commission, 


Selem, Oregon. 


1. Subject to the Terms and Conditions (PWA Form No. 230, 
as amended to the date of this Offer) which ere mede a part hereof, 
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THE SUNNYSIDE-UMAPINE SECONDARY HIGHWAY IN UMATILLA COUNTY AND THE 
ACQUISITION OF NECESSARY LANDS AND RIGHTS OF WAY THEREFOR. 


Be it resolved by the Oregon State Highway Commission: 


Section 1. ‘het the offer of the United States of America to 
the State Highyay Commission of the State of Oregon to aid by way 
of grant in financing the construction of the Sunnyside-Umapine 
Section of the Sunnyside-Umapine Secondery Highway in Umatille 
County and the acquisition of necessery lands and rights of way 
therefor, a copy of which offer reads as follows: 


"P. W. 80898-17 
"FEDERAL EMERGENCY ADMINISTRATION 


OF PUBLIC WORKS 


"“Weshington, D. C. 
Dated: Jun 27 1938 
Docket No. Oreg. 1190-F. 


"State Highway Commission 
of the State of Oregon 


Salem, Oregon. 


1. Subject to the Terms and Conditions (PWA Form No. 230, as 
amended to the date of this Offer) which are made a part hereof, 
the United States of America hereby offers to aid in financing the 
construction of road improvements, including the acquisition of 
necessary lands and rights of way therefor, on Sunnyside-Umepine 
Secondary Highway in Umatilla County (herein called the "Project"), 
by making a grant to the State Highway Commission of the State of 
Oregon (herein called the "Applicant"), in the amount of 45 per 
cent of the cost of the Project upon completion, as determined by 
the Federal Emergency Administrator of Public Works, but not to ex~ 
ceed, in any event, the sum of £20,077. 


2. By acceptance of this Offer the Applicant covenants to be- 
gin work on the Project as early as posstble but in no event later 
than 8 weeks from the date of this Offer and to complete such Proj- 
ect with all practicable dispatch, and in any event within 6 months 
from the commencement of construction. 


"UNITED STATES OF AMERICA 


Federal Emergency Administrator 
of Public Works 


By (S 
Assistant Administrator" 


be and the same is hereby in all respects accepted. 
JUN so 1938 
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Utilities Commissioner upon request of the State Highway Commission because 
Mr. Segessenmen violated the law by hauling loads weighing in excess of the 
statutory limits, ond when apprehended refused to voluntarily surrender his 
P.U.C. plates upon request of the state police officer making the arrest. In 
this connection the Secretary presented a letter from Mr. Segessenman dated 
June 28, 1938, alleging ignorance of the Highway Comaission's code of regula- 
tions, which recuire the voluntary surrender of the P.U.C. plates for a few 
days or the cancelletion of the permit regardless of how many trucks are op- 
erating thereunder, end further sti ting thet because of the fact that he did 
not have knowledge of these reguletions he consulted his attorney who ill- 
advised him end as a consequence the Public Utilities Commissioner revoked his 
permit taking-ell of his trucks out of service. He stated further that ell 

of his trucks have been idle for 12 days, throwing out of ewployment ten men 
with femilies. He gave es his thought th:t he has been sufficiently penal- 
ized end thet he should now be permitted to resume his operations. The Engi- 
neer recommended approval of Mr. Segessenman's request. After considerable 
discussion and it eppeerinz to the Commission that Mr. Segessenman's state- E 
ments ere honest disclosures of facts, the Commission decided that it would i. 
be proper to reinstate Mr. Segessenman's permit rnd so ordered. The Secretary 
was instructed to convey such information to the Public Utilities Commissioner 


The Engineer requested authority for Treffic Engineer John Beakey 
to attend, at state expence, the National Conference on State and Highway 
Safety and « meeting of the Committee on Uniform Traffic Control Devices 
which is to be held in Washington, D. C., on July 7 to 18, 1938, inclusive. 
The Commission approved the request subject to concurrence by Governor Cnarles 
H, Martin. 


The Commission ulso approved the attendance, at state expense, of 
the following officials of the State Highway Depsrtment at the annual meeting 
of the Western Association of State Highway Officials at Reno, Nevada, August 
10 to 13, 1938, inclusive, subject however to approval by Governor Charles H. 
Martin: F. L. Tow Velle, Rh. H. Baldock, J. M. Devers, H. G. Smith, J. N. 
Bishop, G. S. Psxson, «ux John Beekey. 


The Commission considered and ordered filed a letter fromW. W. Evans, 
Halfway, Oregon, requesting the oiling of the Baker-Homestead Highway between 
Halfway and Timber Canyon Hill, there being no funds to finance such project 
this year. 


The Commission also considered end ordered filed e letter from the 
Willamine Commercial Club thanking the Commission for the splendid work in re- 
surfacing Mein Street in iillamina. 


A letter was presented from the Portland General Electric Company 
asking for the renewal of the agreement covering the installation, operation 
and maintenance of its 11,000-volt cable on the Interstate Bridge between 
Portlend, Oregon, and Vancouver, Weshington, and further requesting that the 
£75 per month charge heretofore peid by the company for the use of this 
bridge be waived. The Coumission authorized the renewal of the agreement 
but refused to waive the rental charge. 
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the United States of America hereby offers to aid in finencing the 
construction of a storage and office building and storage shed near 
Klamath Falls, Klemath County, including acquisition of necessary 
lend and landscaping (herein called the "Project"), by making a 
grant to the State of Oregon, by and through the State Highway Com- 
mission (herein called the "Applicant"), in ihe amount of 45 per 
cent of the cost of the Project upon completion, as determined by 
the Federal Emergency Administrator of Public Works, but not to ex- 
ceed, in any event, the sum of $9,292. 


2. By acceptance of this Offer the Applicant covenants to be- 
gin work on the Project as early as possible but in no event later 
than 10 weeks from the date of this Offer and to complete such Proj- 
ect with all practicable dispatch, and in any event within 5 months 
from the commencement of construction. 

"UNITED STATES OF AMERICA 


Federal Emergency Admininstrator 
of Public Works 


By_(S H. A 
Assistant Administrator" 


be and the same is hereby in all respects accepted. 


Section 2. That the Stete Highway Commission of the State of 
Oregon and the State of Oregon agree to abide by all rules and regu- 
lations relating to such grant, a copy of which rules and regula- 
tions were annexed to the Government's offer end made a part there- 
of. It is hereby covenanted that the work on the project described 
in the offer will be commenced as early as possible, but in no event 
later than 10 weeks from the date of this offer; and to complete 
the work with all practicable dispatch, and in any event within five 
months from the commencement of construction. 


Section 3. That J. M. Devers, Assistant Attorney General for 
Oregon, and Attorney for the State Highway Commission of the State 
of Oregon be and he is hereby authorized and directed forthwith to 
send to the Federal Emergency Administration of Public Works three 
certified copies of this Resolution and three certified copies of 
the proceedings of this Commission in connection with the adoption 
of this Resolution, and such further documents or proofs in connec- 
tion with the acceptance of said offer as may be requested by the 
Federal Emergency Administration of Public Works. 


The Commission thereupon set Thursday, August 4,1938, as the date 
for its regular meeting in August for receiving bids on the foregoing and 
other highway projects, which meeting is to be held in Portland, as usual. 


The Commission considered the request of Mr. E. W. Segessenman for 


reinstatement of his permit authorizing the transportation of logs over cer- 
tain state highways, which permit was heretofore cancelled by the Public 
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A letter wes presented from Mrs. Leura Hood, Newport, advising that 
she is contempleting the construction of a building on her property located 42 
et Newport and intends to construct said building on the edge of the right of :. 
wey of the Oregon Coast Highway unless the Highwey Comaission acjuires from e 
her, in the meantime, ea 10-foot sirip across the front of her property <s has 
been done along adjacent properties. The Engineer advised that this is one 
of the properties thet is needed in connection with the proposed revision of 
the Oregon Coast Highway between Newport end the Siletz Fiver end that the 
Commission at one time authorized the acquisition of the right of way for the 
improvement end acquired strips across the front of the properties adjacent 
to Mrs. Heod's property but these negotiations were ordered discontinued by the 


Commission before settlement was made with Mrs. Hood. After discussion end in re 
view of the circumstences the Commission authorized negotiations with Mrs. ; 


Hood to acquire a 10-foot strip across her lend. 3 


A petition was presented signed by 41 residents of the City of Klan- a 
ath Falls protesting the rerouting of The Delles—California Highway along 
llth Street in that city as has been proposed. The Commission decided to per- 
sonally inspect the route in question the next time it is in the vicinity of 
Klamath Falls and to hold a public hearing in Klamath Falls regarding the pro- 
posed change. The Commission set Tuesday, August 9, 1938, at 9:00 o'clock 
a. m. a8 the dete for such heering end instructed the Secretary to so inform - 
the Klamath Falls City Council of such hearing es required by statute. a. 


A petition was presented Signed by 110 users of the Deedwood Second- i! 
ery Highwey in Lene County urging the improvement of this road from its junc- ! 
tion with the Siuslaw Highway to the mouth of Cougar Creek. The Mngineer ad- 
vised that this road has not been constructed to state highway stendards but 
is being maintained in as good condition es is possible. Furthermore, it is 
not & very important road and does not carry a greet amount of traffic. The A 
Commission thereupon denied the request for the immediete improvement of the > | 
road but decided to inspect it the next time they are in th:t vicinity. ; 


A petition ses presented signed by 244 residents end inhabitants of f 
Coos County requesting thet the Enegren Ferry service across Coos River be ex- 
tended so us to provide service 24 hours daily, 7 days a week. It was the 
Commission's thought that the extra expense to operate the ferry as reauested 
is unjustified, hence the request was deniod. i 


The Commission considered and ordered filed numerous petitions from 
the Mid Columbia Chamber of Commerce tiater Grade Highwey Committee urging the 
modernization of the Columbia River Highway between Troutdale end The Dalles 
so as to provide for a water level gride highway with four traffic lanes. 


The Commission discussed the need of acouiring right of way at the 
south end of the Depoe Bay Bridge for a proposed revision of the Oregon Coast 
Highway at this point. Reports indicate that there is considerable activity 
in real estate transactions at this location and that it would be advis- 
able for the Commission to acquire its right of wey at this time in order to 
evoid further complications. In view thereof the Commission authorized the 
Attorney to negotiate for such right of wey immediately. 


a 


' 
t 
< Py 
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Letters were presented from the County Court of Cletsop County and 
Cletsop County School District No. 26 urging the construction of a pedestrian 
walk on the Welluski River Bridge on the Nehalem Highway, which bridge is now 
being reconstructed under state highsy contract. The Engineer advised that 
the existing structure hes a 16-foot roadway but this is being widened to 26 
feet which is es wide as it cen be built using the girders in the old struct- 
ure. Sufficient money, he said, is not available to replece the girders with 
new material which would permit the construction of sidewalks, in fact it 
would cost about £30,000 more to replace the entire structure. Furthermore, 
it is doubtful whether the United States War Department would permit the con- 
struction of the sidewalk on the movable span of this structure in view of 
the fact thet it would decrease the navigable opening by approximately four 
feet. In view of the circumstances he recommended that the request be denied. 
The Commission epproved the recommendation snd ordered that the county court 
and the school district be informed of the action and the reasons necessitat- 
ing same. 


In this connection the Engineer advised that the embankment work that 
is being constructed in connection with the rebuilding of the Walluski bridge 
appears to be on unsteble ground end that the fill is sinking and ground ad- 
jacent thereto is rising as a result thereof. This adjacent land, he seid, 
is owned by the Stete College snd is being used 2s an expcriment station site 
end objections have been offered by the college cuthorities because part of 
their lend is being destroyed for test purposes, and their drainage facilities 
have been badly damaged. He seid that he personally inspected the premises 
to ascertain the condition end es s result ordered the lowering of the grade 
line of the embenkment so as to avoid any further damage to the adjacent 
property and also crdered the restorction cf the experiment stetion property, 
including the drainege system. The Commission approved the action of the En- 
gineer in this regard. 


A letter wes presented from the Individual Tiuck Owners and Operators, 
Portland, urging «ction es may be necessery to provide employment on the Wil- 
son River, Bear Carmyon, cnd holf Creek '\.P.A. projects for individual truck 
owners of whom there are approximetely 35 now on the rotationel list who are 
able under present conditions to obtain only 140 hours of employment out of 
every five months' time. The Engineer pointed out that the Commission has 
budgeted only e certain amount for this W.P.A. work end no additional trucks 
can be placed in service withont exceeding this budget because it would meen 
not only additional expense for trucks but also additional expense for the 
furnishing of powder, culverts, et cetera. After discussion the Commission 
decided not to increase the budgeted amount for these projects and according- 
ly denied the request. 


Similar action was taken by the Commission on requests of E. Esta- 
breok and W. C. Hughes, both of Portland, who have trucks that they wish to 
place in service on these projects. 


The Commission considered and denied the request of Martha Roddy, 


Salem, to conduct ea confectionery stand in the highway department shops at 
Salem. 
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NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the State sy 
Highwey Commission as follows: 4 


1. That the State Highway Commission does hereby find and 
declare that it is necessary and will be of advantage to the State 
of Oregon and there is need that the State acquire for the purposes 
of roed construction, improvement, betterment, repair and meinten- 
ance, and for the purpose of the manufacture of road materials on 
the following section or sections of the state highway system of 
the Stete of Oregon, to-wit: 


Chalk Cliff-Paisley Section of the Fremont Highway 


land and property ovmed by or in the possession of the following 
parties and/or persons, to-wit: 


File 5616 - Richard Curran, Jr. 


as their respective interests may appear, and this Commission does 
hereby declare further that the said property or properties contain 5 
grevel, gravel beds or bars, sand, send beds or bars, rock, boulders, E: 
quarries or quarry sites, lime deposits, or other mineral deposits C 
or formations suitable for road construction, improvement, better- 

ment, or pavement, and that the said property or properties is or g 
are necessary and needful and the acquisition thereof will be of G 
advantage to the State of Oregon for the said purposes in order to 

make it possible for the State Highway Commission to construct, im- 

prove, maintain, ond repeir the said portion or portions of the 

said state highway system in accordance with the standards adopted 

by this Commission. 


2. That the State Highway Engineer be and he hereby is in- 
structed and directed to properly survey the parcel or parcels of 
land required for seid purposes end to prepere proper end adequate 
descriptions thereof, which descriptions shall be employe: in the 
preparation of a deed or deeds or other instrument or instruments 
necessary to complete the ecquisition of the said property or prop- 
erties, or which said descriptions may be used in the preperation 
of a complaint in the event that condemnation proceedings are neces- 
sary. 


3. Thet the boundaries of the said parcel or parcels of land, 
as defined end determined by the said survey made by the said 
Highway Engineer, shall be end the same hereby are adopted and the 
lends defined therein are hereby declared to be ond the same shall 
be lands necessary for the purposes stated herein. 


4. That I. H, Ven Winkle, Attorney General of the State of if 
Oregon, and J. M. Devers, Assistant Attorney General and Attorney 
for the Stete Highway Comnission,-be and they are hereby recuested, % 
authorized, end directed to attempt to agree with the owner or ; 
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A letter was presented from Honorable Earl Snell, Secretary of State, 
advising that the Safety Division of his Depariment is planning to inaugurate 
during the month of July a contest in the cities and towns of the state, same 
to continue during the balance of the year, in an endeavor to provide for 
greater safety on city streets and state highways. Also that asa suitable 
award it is proposed to present two metel plaques to each of the four winning 
cities, the plaques to be approximately 20 x 30 inches in dimension with the 
name of the city end approximate wording, designating the city as the winner 
of the award, appeoring thereon. Mr. Snell requested permission to erect these 
pleques upon stete highway rights of way at the entrence of the highway into 
the cities or towns winning the awards, upon terms end conditions as may be 
specified by the Highway Commission. It was the thought of the Commission 
that the granting of this request would be at variance with the Commission's 
established policy which prohibits the placing of signs of. any kind on state 
highway rights of way, particularly at city entrances where signs erected by 
civic orgenizations have been ordered to be moved. It was also the thought 
of the Commission thct the desired purpose would be served if the plaques were 
displayed in the city council chambers or some other public room of the city 
or town winning the award. Seversl other suggestions were offered. The Com- 
mission instructed the Engineer to discuss this matter with Mr. Snell in or- 
der to work out a satisfactory solution. 


Reconsideration wes given by the Commission to the matter of acquiring 
the property of Anton Roskoski at 8434 North Denver Avenue, Portland, which 
the Commission discussed on the previous evening. The Attorney advised that 
the owner of this property refuses to sell the right of way for *11,000, the 
amount authorized by the Commission. The Commission thereupon instructed the 
Attorney to condemn the right of way across this property as previously au- 
thorized. 


The matter of acquiring a grevel pit containing 12 acres from Rich- 
ard Curran, Jr., for use in connection with the construction of the Fremont 
Highway et Paisley hed the attention of the Commission. The Attorney ad- 
vised that he offered Mr. Curran $10 per acre for this property but the of- 
fer was refused and Mr. Curran stated that he does not want to sell that par- 
ticuler tract of lend at any price. The Commission authorized the Attorney 
to offer Mr. Curran the sum of ‘500 for the 12 acres end if he will not accept 
such sum to acquire it by condemnation. The following resolution authorizing 
the condemnation proceedings wes adopted by the unanimous vote of the Commis- 
Sioners present: 


WHEREAS, the State Highway Commission is by lew authorized and 
directed to ley out, locate, designate, construct, improve, and 
maintain a system of state highways in the State of Oregon and to 
acquire by donation, purchase, agreement, condemnation, or by the 
power of eminent domsin title to land upon or under which there 
is grevel, gravel beds or bars, sand, sand beds or bars, rock, 
boulders, quarries or quarry sites, lime deposits, or other miner- 
el deposits or formetions suiteble for road construction, improve- 
ment, betterment or pavement, and to declare the necessity and 
need for the acquisition thereof and the advanteges to be gained 
thereby; 
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Commissioner; R. H. Baldock, State Highway Ingineer; J. M. Devers, Attorney; 
H. B. Glaisyer, Secretary; Herold B, Say, Director, Travel end Information 
Department; C. T. Haas, Chairmen, World's Fair Committee; and C. ©. Carlson, 
Executive Secretary of such committee. 


gD AER I 


The Engineer read aloud a report from Mr. Say embodying e series of 
suggestions for material to be exhibited at the World's Fair which is to be 
held in San Francisco in 1939. These included a recommendation that Oregon's 
San Francisco and New York Vorld's Fair Committee consider the use of models 
and dioramas in setting forth in striking fashion sections of the Oregon ‘ 
Coast Highway, the Columbia River Highwey, Crater Lake ond other features P 
attractive to potential tourists. The recommendation and suggestions were 
approved by Commissioners Aldrich and Tou Velle. They were aiso approved 
by Mr. Haas, in behslf of the Yorld's Fair Comittee, he steting that his 
committee would be glad to heve the suggestions end would endeevor to carry 3 
them out. 


Included in the suggestions made by Mr. Say was e recommendation that 
the World's Fair Committee produce a 20-minute or 30-minute moving picture, t 
in eound, setiing forth basically the same attractions that the State Highway fi 
Department features in its space copy and publicity for increasing, by means 
of its general campaign, motor tourist travel in Oregon. Such recommendation 
included proviso that the negative, or master film, should remain the property 
of the State Highvay Comission so that, in the event the Commission desires § 
at some future time to enter into the field of distributing motion pictures ‘ 
setting forth the attractions of the State, such material will be available. 
Following a geners1 discussion of this matter it wes mutually agreed that the 
film should be of the best professional caliber. fs 


Mr. Hans expressed a wish for the State Highway Department to assume 
the entire responsibility for this matter, explaining that the World's Fair 
Committee wants to satisfy the State Highway Commission in every regard in con- 
nection with the expenditure of the funds that have been made evailable by 
this Commission to aid in financing the organization end presentation of Ore- : 
gon's exhibit at the San Francisco World's Fair. Mr. Heas also expressed a : 
wish that the matter of arranging for the moving pictures be assigned to the q 
State Highway Engineer end Mr. Say with full power to act. Commissioners 
Aldrich and "ou Velle approved such suggestion end so ordered. The matter of 
the signing of the contract for the production of the moving picture film was 
also discussed and it was mutually agreed that such contract shovid be executed 
by the World's Feir Committee and the producers. This concluded the conference. 


The Commission reconvened et 1:30 o'clock p. m. in the Aucitorium of 
the Public Service Building with the game members present end perticipeting. 
Also present were the State Highway Engineer, the Attorney end the Secretery. 


Mr. Harley 0. Youngblood and his attorney, Mr. John Logan, Portlend, 
ceme before the Commission in regard to the construction of Mr. Youngblood's 
restaurant building on the rock point between the Orc gon Coest Highway and : 
the Pacific Ocean at the north end of the Depoe Bey Bridge, in Lincoln County. 
Mr. Logan wes spokesman. He asked the Comaission for permission to open up 
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owners and/or with the tenants or persons in possession, if there be 
any, of said parcel or parcels of land with respect to the compensa- 
tion to be paid for the taking of the same and the damage, if there 
be any, and in the event that no satisfactory egreement or agreements 
can be reached, then it is hereby further resolved that the Attorney 
General of the State of Oregon, and J. M. Devers, Assistant Attorney 
General and Attorney for the State Highway Commission, be and they 
hereby are requested to commence and prosecute to a final determina- 
tion such suit or action, or suits or actions, as may be necessary 
and appropriate to acquire title tc the said premises and all rights 
therein for the purposes herein ste ted. 


5. That this resolution be entered in full in the minutes and 
records of this Commission. 


The Attorney presented a form of agreement between the Commission 
end the State Board of Forestry providing for the occupancy of « portion of 
the right of wey of the Wilson River Highway by the State Forestry Department 
and the construction of a guard cabin unit thereon. The Commission tentative— 
ly approved the form but ordered that it be presented to the State Board of 
Forestry for acceptance before taking final action thereon. 


The Attorney reported on the progress that is being made in connec- 
tion with the acquisition of Mrs. Minnie T. Reed's property thet is needed 
for right of way for the new highwey up the Columbia River. He seid that Mrs, 
Reed's attorney advises that Mrs. Reed will settle for the sum of $11,000 cash 
but she wants the Commission to do certein other things, including the follow- 
ing: rearrange the water syste, rearrenge the electric light system, recon- 
struct Fer power pole line on state property, reconstruct her private road, 
maintain, her private road against slides, end permit construction of a fish- 
house and dock at the end of her private road for private purposes. in a dis- 
cussion of this matter the Commission indicated thet it would approve the re- 
arpangement of the water system, the electric generating system, and the re- 
construction of the power line and the reconstruction of her private road. 
The Commission also indicated that it would maintain the private road egainst 
slides, except those caused by weshouts. In regard to the granting of a per- 
mit to Mrs. Reed to maintain a fishhouse and dock the Commission decided that 
it would be satisfactory to grant such permit to Mrs. Reed personally but not 
for commercial purposes. The Commission ordered that the entire matter should 
be covered by written agreement between the Commission and Mrs. Reed and au- 
thorized the Attorney to offer Mrs. Reed “13,000 for her property on the basis 
that she will do the above things. If unable to acquire the property by agree- 
ment, then the property is to be condemned. 


The Commission adjourned eat 12:00 o'clock noon and reconvened imme- 
dietely in the dining room of the Heathman Hotel for a conference with repre- 
sentatives of the World's Fair Committee of Oregon. Present et such confer- 
ence were the following: E. B. Aldrich, Commissioner; F. L. Tou Velle, 
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federel secondery funds for this project if the $63,000 of P.W.A. funds materi- 
alize and accordingly suggested that the federal secondery funds be trans- 
ferred from such project to finance an additional section of the Heppner-Rhea 
Creek project, making 4 #50,000 project for that section, which would probably; 
complete the entire unit from Heppner to Rhea Creek. Mr. Peck expressed ap- 
proval of such arrangement. The Commission «lso indicated approval of the 
same but deferred a decision until it is known definitely whether or not the 
P.¥.A4. funds can be secured. 


At 2:30 o'clock p. m. Acting Cheirman Aldrich announced the follow- 
ing awards of contracts for which bids were received at the morning session, 
the awards having been previously approved by the affirmative action of all 


Commissioners present: 


"Bly Mountain-Beatty Section of the Klamath Falls-Lakeview 
Highway, in Klamath County. 0.42 mile grading, 10.17 miles surfac- 
ing and oiling, and furnish 3,000 cu. yds. crushed rock in stock 
piles. The Commission received 7 bids for this job, the low one 
being that of McNutt Bros., Eugene, at $105,440.00. The next low 
bid was submitted by Fisher Bros., Oregon City, at $109,869.00. 

The Commission has referred all bids received to the Ingineer with 
power to award the contract to the low bidder when certain condi- 


tions have been satisfied. 


"Court Street Section of the Pacific Highway East in Selem, 
Merion County. 0.19 mile paving. The low bid submitted for this 
roject was that of Oregon Contracting Co., Portlend, at $20,684.00. 
he next low bid was submitted by Edlefsen-Weygendt Co., Portlend, 
at $22,041.00. There were 3 higher bidders. The Commission has 
referred all bids received to the Engineer with power to award the 
contract to the low bidder when certain conditions have been satis- 


fied." 


The Engineer reported a conference with Mr. Freed, Attorney for the 
Stell Oil Company, in regard to a drainage condition along the Lower C olumbia 
River Highway between Portland and Linnton. It appears that drainage facili- 
ties elong this section are inadequate and that the Shell Company is very de- 
sirous for improvement of these conditions and has agreed to cooperete with 
the Commission in this work. The Engineer advised that the drainage conditions 
at this location are not good and should be remedied. He suggested thet the 
Commission accept the offer of cooperation by the Shell Company to that end, 
in fact that the Commission also cooperate to the seme extent and on the same 
basis with other compenies who are similarily affected by the drainage condi- 
tions. He estimated that the project would cost about $6,000 end requested 
authority to place the project in the federal aid program or construct it as 
a ¥.P.A. project whichever would be the best from the Highway Commission's 
standpoint. The Commission approved the suggestion and authorized him to pro- 


ceed on that basis. 

pe lines in the city of Al- 
f the Albany grade separation project hed the atten- 
The Ingineer advised that the reconstruction of the 


The metter of reconstructing the water pi 


bany required by reason 0 
tion of the Commission. 
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the state's rock wall et the north end of the bridge so as to give people ac- 
cess to Mr. Youngblood's property without going a couple of hundred feet out 

of their way to the present opening in the wall. He said it would cost about 
$1,000 to construct e welk from the present opening to Mr. Youngblood's build~ 
ing, whereas it would cost only a small part of such sum to open the well at 
the bridge end and construct the walk to the building. He urged favorable con- 
sideretion of this request because Mr. Youngblood is not financially able to 
construct the walk from the present opening. 


The Engineer offered objections to the grenting of this request be- 
cause all available space is needed for the parking of automobiles and it would 
be interfering with the general public use of the state's property. He point~ 
ed out that the Commission has it in mind to widen the bridge structure 4s a 
safety proposition and if Mr. Youngblood were allowed to open the well at the 
end of the bridge it would have ¢ tendency to encourage parking of cars at 
such locetion which would creete a hazard and defeat the purpose of the bridge 


widening. 


Mr. Logan suggested that the proposition be given 4 trial and agreed 
to discontinue the use of the entrance at such point upon orders from the High- 


way Commission so to do. 


The Engineer reiterated that the parking of cars at the end of the 
bridge would creete a hazard. He further stated that he would not approve of 
connecting the walk with the new bridge that is proposed for this location. 

He suggested that Mr. Youngblood proceed with the present plens for construct- 
ing the walk from the present opening and agreed to supply him with definite 
information in regard to the Commission's plans so that it would not be neces- 
sary for him to rebuild the sidewalk in the event that the plans provide for 
the destruction of the present wall. 


Mr. Logan suggested a compromise by opening the wall about midway be- 
tween the present opening and the bridge end. The Engineer said that he would 
look into the matter and report his findings to the Commission. 


Mr. Logan then asked the Commission for authority for Mr. Youngblood 
to continue carrying his supplies over the wall at the bridge end to his build- 
ing. The Commission granted his request. 


Mr. G. N. Peck, County Commissioner of Morrow County, was present and 
discussed briefly with the Commission matters pertaining to the construction 
of the Rock Creek Grade Section and the Heppner-Rhea Creek Section of the 
Wasco-Heppner Secondary Stete Highway, both of which sections are scheduled 
for improvement in the 1940 federal aid secondary highway program and to each 
of which the Commission hes allocated the sum of $25,000. In the discussion 
it was pointed out that the Commission at one time considered improving the 
Rock Creek Grade Section as a P.W.A. project at a cost of $63,000 but was pre- 
cluded from proceeding with the work because of a change in the P.¥i.A. setup, 
but it now appears that the P.\i,A. progrem is to be revived and there is a pos- 
sibility of securing the funds in eccordence with the original plan. The mn- 
gineer pointed out thet it would not be necessary to use the $25,000 of 1940 
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Right of Way - 18-2828 - Crescent Section, The Dalles-California Highway. 
Klamath County. lst authorization - $ 400.00 

Right of Way - 19-1909 - Valley Falls-White Rock Section, Fremont Highway. 
Lake County. lst authorization - $ 400.00 

Right of Way - 19-1919 - Cottonwood Creek-Lakeview Section, Klamath Falls- 
Lakeview Highway. lst authorization - % 50.00 

Right of Way - 19-1908 - Harris Creek-Peisley Section, Fremont Highway. Lake 
County. lst authorizetion - $ 50.00 

Prospect - - 29-2802 - Fisher Point-Manzanita Section, Oregon Coast Highmey. 
Tillamook County. 6th authorization - $1,000.00 
Total to d-te -— $3,090.00 

Right of Way - 35-2808 - Mitchell~l syville Section, Ochoco Highway. Wheeler 


County. lst authorization - $ 200.00 


Right of Way - 136-1963 - Spaulding Ranch Section, Deyton-Salem Secondary 
Highway. Yamhill Co. lst authorization- $ 50.00 


The motion was seconded and was declared by Acting Chairman Aldrich 
to have passed by the affirmative vote of the Commissioners present. 


The Commission considered the following requests for extensions of 
time within which to complete highway construction projects: 


Joplin & Eldon, contract No. 1963, for surfacing and oiling 
the Shaniko Section of the Sherman Highway, in Wasco County, re- 
quested en extension of time of 9 months, from September 15, 1937, 
to June 15, 1938, within which to complete this work. They geve 
the following reasons for their failure to complete the project with- 
in the specified time limit: labor trouble, strikes, end sabotage 
practices during the later part of 1.937 which slowed up the work to 
such an extent thet the oiling work could not be completed in 1937. 
The Engineer advised that the contractors lost only 34 days' time 
due to the labor strike and so far as he has been able to learn no 
damage was done to the contractors’ property during the time of the 
strike which refutes the contractors' stetement that they experi- 
enced delay on account of sabotage practice. It was his thought 
that the contractors could have completed this work within the 
specified time limit if the work had been carried on properly. Ac- 
cordingly, he recommended that the extension requested be granted 
but that the contractors be charged for all of the extra engineering 
expense incurred by the state subsequent to the specified date of 
completion of the contract except for 34 days immediately follow- 
ing such date which is to allow for the loss of time due to labor 
strike. A letter was presented from W. H. Lynch, District Ingineer, 
Bureau of Public Roads, concurring in such recommendation. The 
Commission approved the recommendation b affirmative ection of 
both Commissioners present. 
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water system and the reconstruction of the Santiam Canal, both of which are 
affected by the grade separation project, are obligations of the state and it 
was originally contemplated to include this work in the contract for the con- 
struction of the grade separation structure, but it now appears that the work 
should be done before the contracting of the structure so es to evoid delays 
and inconvenience caused by bad weather, it being planned to contrect the 
grede separation project in November. He suggested that it would be advisable, 
in view of the circumstances, to arrange for the pipe line and canal work un- 
der separate contract and that the Commission advertise for bids for the same 
at the meeting on August 4 provided that the United States Bureau of Public 
Roads will approve such arrangeisent and will authorize an expenditure of gov- 
ernment funds to assist in financing the work, the same as if it were included 
in the major contract as originally contemplated. The Comaission approved the 
Engineer's suggestion and instructed him to teke the matter up with the Bureau 
of Public Roads officials. 


The Commission discussed a letter from Mrs. Pearl S. Koble directed 
to Governor Charles H. Martin relative to her claim against the State Highway 
Commission for damages she alleges occurred to her property by reason of the 
construction of the Pacific Highway (new route) across her premises south of 
Ashland. The Commission considered that it has dealt very reasonably with Mrs. 
Koble in the settlement of her claim and accordingly refused to open the case. 
The Engineer was instructed to explain the matter in detail to Governor Martin. 


The Engineer presented a list of surveys that he hes ordered since 
the lest meeting of the Commission and asked the Commission to confirm such 
surveys and the amounts authorized for each. After due consideration motion 
was made by Commissioner Tou Velle that the State Highway Engineer be author- 
ized end instructed to make such location surveys on various sections of high- 
ways of this state, which said sections of highways, together with their iden- 
tifying survey numbers and the amounts authorized for survey expenditures are 
as follows: 


Plans - - - 106-2817 - Deadmans Curve, Cape Arago Secondary Highway. Coos 
County. lst authorization - $ 250.00 

Plans - - - 6-2816 - Fat Elk Creek-Lampa Creek Section, Oregon Coast High- 
way. Coos County. lst authorization - $3,231.00 

Plans - - - 6-2815 - Coquille-Fat Elk Creek Section, Oregon Coast Highway. 
Coos County. 2nd authorization - $ 690.00 


Total to date - $1,770.00 : 


Right of Way - 9-2818 - Third Street Undercrossing, The Dalles-California High- 
way. Deschutes Co. 1st authorization - $ 250.00 


Plans - - - 109-2819 - Bend-Forest Boundary Section, Century Drive. Des- 


chutes County. lst authorization - $ 600.00 
Survey- - - 14-2806 - Warren Creek Section, Columbia River Highway. Hood 

River County. 4th authorization - $ 400.00 

Total to date - $1,500.00 
Plens - - - 18-2829 - Lepine-Crescent Section, The Dalles-California High- 


way. Klamath Co. lst authorization - $3,500.00 
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projects have been completed according to the terms and provisions 
of the contracts or modifications thereof and said jobs are now 
ready for acceptance: 


Contract No. 1973, with Babler Bros., for oil mat sur- 
face treetment on the Valley Falls-Cinder Butte Section of 
the Lakeview-Burns end Fremont Highways, in Harney and 
Lake Counties. Completed June 4, 1938. 


Contract No. 1987, with McNutt Bros., for regrading 
and oiling the Horse kidge-Brothers Section of the Central 
Oregon Highway, in Deschutes County. Completed June 15, 
1938. 


Contract No. 2002, with Averill & Corbin, for remodel- 
ing and widening Union Avenue Bridge over Sullivan's Gulch 
on the Pacific Highway Fast in Portland, Multnomah County. 
Completed June 26, 1938. 


Contract No. 2006, with F, C, Himber Company, for con- 
struction of a bridge over South Fork Quartz Creek about 
5.5 miles east of Elsie on the Wolf Creek Highway, in Clat- 
sop County. Completed June 24, 1938. 


Contract No. 2009, with Fisher Bros., for surfacing 
end oiling the Bloucher Section of the Hood River Second- 
ary Highway, in Hood River County. Completed June 22, 1938. 


Contract No. 2015, with R. 0. Dail & Warren Bros., Inc., 
for producing crushed rock for the Lincoln County Line- 
Alsea Mountain Section of the Alsea Highway, in Benton County. 
Completed Mey 31, 1938. 


Contract No. 2021, with R. 0. Daii & Warren Bros., Inc., 
for producing crushed rock for the Heppner Junction Rock 
Production Project on the Oregon-Washington and the Columbia 
River Highways, in Gilliam and Morrow Counties. Completed 
June 4, 1938. 


Contract No. 2034, with Schmeer, Williams & Gentemann, 
for producing crushed rock for the Shuttler Flat-Condon 
Section of the John Day Highway, in Gilliam County. Com- 
pleted May 19, 1938. 


Contract No. 2040, with Warren Northwest Inc., for 
grading, surfacing end oiling the Grand Ronde River-Noyes 
Ranch Section of the Cove Secondary Highway, in Union 
County. Completed June 11, 1938. 


Contract No. 2045, with A. Milne, for oiling the Lake 


County Line-Gap Ranch Section of the Central Oregon Highway, 
in Harney County. Completed June 8, 1938. 
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Berke Bros., Inc., contract No. 2005, for clearing the Arch Cape~ 
Beach Creek Section of the Oregon Coast Highway, in Clatsop and Til- 
lamook Counties, requested an extension of time of 60 days, from 
Mey 31 to July 31, 1938, within which to complete this contract. They 
alleged that their failure to complete the project within the speci- 
fied time limit was due to unsatisfactory labor requirements and the 
fact that weather conditions were unfavorable to carry on burning 
operations. The Engineer advised that the Commission took bids for 
this project on August 12, 1937, but the contract was not awarded 
until September 10, 1937, which would automatically give the con- 
tractor an extension of time of 20 days. He further advised that 
there is apparently no reason why the contractors could not have 
completed the work within the astimated time limit and for thst rea- 
son he recommended that the extension now requested be granted but 
thet the contractors be charged for the extra engineering expense 
that the state has incurred after allowing for the 20 deys' delay 
in the eward of the contract. A letter was presented from the Bur- 
eau of Public Roads concurring in such recommendation. The C ommis- 
sion approved the recommendstion, 


R, 0. Dail & Warren Brothers, Inc., contract No. 2021, for fur- 
nishing crushed rock in stock piles for the Heppner Junction Rock 
Production project on the Columbia River and Oregon-Washington 
Highways, in Gilliam and Morrow Counties, requested en extension of 
time of 10 days, from May 31 to June 10, 1938, within which to com- 
plete this project. They «lleged that their failure to complete the 
project within the specified time limit was due to trouble experi- 
enced with their equipment and because their equipment ras tied up 
on another stcte highray contract at Alsea, making it impossible 
for them to start this job as soon as they expected. The Fngineer 
advised that the reason for noncompletior of this project on time 
was failure of the contractors to start the job within © reasonable 
length of time efter. the contract wus awarded to them, their equip- 
ment being tied up on another state highwey contract. He further 
advised that the contractors produced within the specified time 
limit sufficient matericls for this year's use and their failure 
to complete the job on time in no way inconvenienced the state high- 
way depertment or the generel public end did not increase the cost 
of supervision. He recommended in view of the circumstences thet 
the extension requested be granted without penalty. The Commission 
approved the recommendation. 


The Engineer reported thet Contracts Nos. 1973, 1987, 2002, 2006, 
2009, 2015, 2021, 2034, 2040, 2045, 2046, 2052, 2058, 2060, and 2071 for the 
construction of stete highway projects have been completed according to the 
terms and provisions of the contracts and said jobs are now ready for accept~ 
ance. The following resolution accepting the above projects was offered and 
wes adopted by the unanimous vote of the Commissioners present: 


WHEREAS, the Engineer has reported that the following State 
Fighway Commission contrects for the construction of state highway 
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Contrect No. 2046, with Clifford A. Dunn, for oiling the 
Eagle Point-Baker Gulch Section of the Little Butte Second- 
ary Hqghway, in Jackson County. Completed June 26, 1938. 


Contract No. 2052, with J. C. Compton, for oiling the 
West Forest Boundary-Horse Ranch Section of the Fremont High- 
way, in Klamath and Lake Counties. Completed May 21, 1938. 


Contract No. 2058, with D, L, Ashton, for producing 
crushed rock for the Mystic Creek-Brockway Section of the 
Coos Bay-Roseburg Highway, in Douglas County. Completed 
June 25, 1938. 


Contract No. 2060, with Mountain States Construction 
Company, for construction of the Little Nestucca River 
Bridge on the Oregon Coast Highway, in Tillamook County. 
Completed June 24, 1938. 


Contract No. 2071, with 0. C. Yocom, for producing 
crushed rock for the Otis-Boyer Secticn of the Salmon 
River Highway, in Lincoln and Tillamook Sounties. Com- 
pleted June 15, 1938. 


THEREFORE, BE IT RESOLVED, that the work covered by said 
state highway contracts for the construction of said state high- 
way projects be declared completed according to the terms of the 
respective contracts, and said jobs are hereby accepted and final 


payment in connection with each is hereby authorized. 


The Commission considered, approved and signed the following agree- 
ments: 


Agreement with the City of Portland covering the reconstruc- 
tion of Northeast 33rd Avenue viaduct. 


Agreement with A. R, Sawtell and J. C. Goldraim, Certified 
Public Accountants, providing for the services of this company 


in the installation of a new accounting system in the state high- 
way department offices. 


There being no further business to come before the Commission at ' 
this time, the meeting was declared adjourned at 3:00 o'elock p. m. 


State Highway Engineer 
ip ee 
lB Chace ¥¥F- 


Secretary Commissioner 
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TABLE OF CONTENTS 


Subject 


Oregon City. East Portland-Oregon City Highway. Attorney to 
assist City in trial against Security and Investment Company. 
Acquisition of property of Oregon City Laundry Company. Con- 
Cemnation resolution adopted. 

Signs. Columbia River Highway. W. B. Herron ordered to remove 
sign in Parkrose District, east of Portland. 

Pacific Highway. Harris Lumber Company ordered to discontinue 
use of highway for loading of lumber cars north of Drain. 

Pole line. Nehaldm Valley Cooperative Electric Association re- 
quested to build line on Nehalem Secondary Highway in accord- 
ance with provisions of permit. Premises to be cleaned up. 
Klamath Falls-Lakeview Highway, near Lakeview. Surprise Val- 
ley Power Co. to be granted permit for pole line construction. 
West Coast Power Co. to be granted permit if Surprise Valley 
Power Company defaults in time limit provided in permit. 

Ontario. Request to close part of highway during Fair denied. 

Portland. Interstate Avenue improvement. Settlement for 
right of wey with McGuire Construction Co. and Emily Ricard. 

Pacific Highway. Albany Section. Purchase of land from First 
National Bank of Albany authorized. 

Acquisition of real property. Resolution. 

Chandler State Park. Mrs. Gladys Gunther, Lakeview, inquires 
regarding deeding of property back to Mrs. S. B. Chandler. 
Portland. Sandy Slvd. improvement. Contract to be awarded on 

basis of widening street to 60 feet. 
Businessmen of Hollywood District voice opposition to cutting 
sidewalk back to 10-ft. width. 

Pole line. Permit granted to West Coast Power Co. to construct 
line through state park acquired from Pratt interests, in 
Lincoln and Lane Counties. Company to pay for damage done. 

Gearhart Beach property. Commission to purchase ocean beach 
frontage from Gearhart Park Company. Company to deed 20-ft. 
strip along west side of highway through all of property. 

Multnomah County. Crown Point. County's offer to deed prop- 
erty to state to be atcepted. 

Multnomah Falls. State to take title to part of property; 
balance to be deeded to U. S. Forest Service. 

Maps. Payment for maps furnished Oregon State Motor Associa- 
tion to be divided equally between Association and Commission. 

World's Fair. Engineer's report on contract for furnishing 
colored moving pictures of Oregon scenes approved. 

P.W.A. program. Following projects in proposed program: 

Rock Creek-Morrow County Line Section; 
Umatilla River Section; 

Klamath Falls-Lakeview Section; 
Barbur Blwd.-Lake Forest Section; 
Cape Arago Section; 

Umpqua River Section; 
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Log hauling. Request of Bowman Hicks Lumber Company to haul 
during Saturday afternoons and holidays on Vallowa Lake Hwy. 
denied. Request to be reconsidered after Labor Day. 

Pacific Highway West. Newberg. Request of A. W. Ferrell to re- 
remove trees from right of way denied. 

Baker. Purchase of park area adjacent to Old Oregon Trail from 
Mrs. W. H. Strayer denied. Site overlooks city of Baker. 

Albany. Chamber of Commerce expresses appreciation of efforts 
to complete South Santiam Highway. 

Pilot Rock. Rerouting Oregon-Washington Highway. Public hear- 
ing set for Aug. 23, 1938. (postponed to Aug. 30, 1938) 

Contract lettings. Schedule of projects for contracting during 
coming months and fall of 1939. 

Surveys. Commission confirms Engineer's action ordering numer- 
ous surveys. List presented. 

Extension of time: 

Smith & Company, Maupin Rock Production project. 

Contracts completed and accepted: 

Shaniko Section, Joplin & Eldon; 

Siuslew Junction-Awbrey Section, Edlefsen-Weygandt Co.; 
Mile Bridge Section, Warren Northwest, Inc.; 

Service Creek-Branson Creek Section, Herold Blake; 
Wilson Ranch-Scottsburg Section, Babler Bros.; 
Juntura-Harper Section, J. C. Compton. 

Date for next meeting set for September 22, 1938. (Postponed 
to September 29, 1938) 

Bids as follows opened and read: 

Bend Section, surfacing and road mix surface treatment; 
Malone-California Line Section, road mix surfacing; 
Sandy Blvd. Section, paving; 

Sale of buildings in Albany; 

Sale of buildings in West Portland; 

Sele of buildings in North Portland 

Harney County. County Court requests use of Commission's radio 
facilities in connection with proposed county radio installa- 
tion. 

Signs. Sign of Marcus Whitman Hotel and Yakima Chamber of Om- 
merce, directing traffic to Paterson Ferry to be removed un- 
less wording changed to meet Commission's requirements. 

Portland. Sandy Blvd. Sidewalks between 39th and 43rd Avenues 
to be 12 ft. in width; 10 ft. wide on remainder of section. 

Lower Columbia River Hwy. Request for improvement of 4-mile 
section in vicinity of Prescott denied. 

Improvement between Rainier and St. Helens to start at 
Rainier suggested by delegation 

Territorial Highway. Corvallis Chamber of Commerce urges con- 
struction of proposed extension from present terminus to con- 
nection with Pacific Highway at Anlauf. 

Vacation. Engineer and Secretary authorized to take two weeks. 
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P.W.A. program (continued): 
Madras-Warm Springs Section; 
Baker-Homestead Section; 
Albany buildings and landscaping. 
Resolution authorizing Engineer to apply for grants to aid 
in construction and purchase of right of way authorized. 

P.W.A. grants. Resolution accepting offer on following: 
Buildings at Brothers and Suntex. 

Wage rates. Resolutions establishing minimum rates on: 
Catching Slough Bridge Section; 

Klamath Falls Building; 
Fleming Ranch-Schindler Bridge Section; 
Sunny side-Umapine Section. 

Crater Lake Highway. Medford. Dr. I. D. Phipps opposed to 
proposed improvement at intersection with East Main Street. 
Further consideration of improvement to be deferred. 

Newberg. Viaduct on Pacific Highway West. Remodeling approved. 

Award of following contracts appreved: 

Court Street paving, Oregon Contracting Company ; 
Bly Mountain-Beatty Section, McNutt Bros. 

Scrap materials and obsolete equipment. Sales confirmed on 
bids received June 30, 1938. 

Purchase authorized as follows: 

1 portable high-speed electric motor with sanding and wire 
brush attachments. 

Salem offices. Remodeling of offices in State Office Build- 
ing authorized. Bids to be taken August 4, 1938. 

Ohio Casualty Insurance Co. Copy of Attorney General's opinion 
relative to state employees not being public officials to be 
sent to compary. 

North Tillamook Co. Chamber of Commerce. Commission invited to 
attend dedication of Samuel G. Reed Bridge on Oregon Coast Hw. 

Astoria. Reduced speed limit when new highway is constructed 
requested by residents of Smith's Point District. 

Lane County. "Roosevelt Lane" proposed name for county road 
near Junction City. Decision on name deferred. 

Historical marker. Erection of marker where John Day Highway 
crossed Oregon Trail south of Arlington approved. 

Klamath County. Road from Merrill to California state line. 
County to be relieved of payment of cost of construction. 

County debts. Counties to be relieved of construction costs 
when county road projects, financed with federal funds, are 
designated as state secondary highways. 

Oregon Roadside Council. W.P.A. in Washington, D. C., requests 
specific details regarding educational project. 

Forest Grove. Chamber of Commerce urges selection of route for 
voad from Tualatin Valley Hwy. to Gales Creek County road. 
fiolf Creek. Construction of sidewalk on highway bridge denied. 

Signs. Erection of school zone signs at Wolf Creek approved. 


RE 
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Subject 


Paul VanScoy. Authority granted to go to Seattle to inspect 
portable well drills. 

Baker County. Baker-Homestead Highway. Inspection to be made 
following hearing in Pilot Rock. 

World's Fair. Immediate transfer of $20,000 denied. Form of 
agreement covering matter of payments approved. 

Engineer authorized to represent Commission in passing on 
payments and other matters. 

Sherars Bri Secondary Hwy. Bridge across John Day River to 
be repaired for 10-ton loads. 

Oregon City. East Portland—Oregon City Hwy. Newspaper item 
from Oregon City paper relative to construction of hwy. 

Oregon Coast Highway. Depoe Bey and vicinity. Construction of 
proposed revision urged. 

Signs. Advertising of Timberline Lodge denied. 

Kings Valley Secondary Hwy. Request for oiling between Maple 
Grove and Polk-Benton County line denied. 

Nyssa. Improvement of Main Street denied. 

Contracts completed and accepted, as follows: 
Hebo Rock Production Project, Saxton, Looney & Risley; 
John Day-Oliver Ranch Section, McNutt Bros.; 
Lake Lytle Outlet Bridge, Mountain States C onstruction ®.; 
Hermiston-Cold Springs Section, Rogers Construction Co.; 
Middle Bridge-Black Eridge Section, Babler Bros. 

Bids received on following: 
Arch Cape-Beach Creek Section, grading; 
Catching Slough Bridge Section, grading and bridge; 
Bend Section, grading and surfacing; 
Salt Creek Section, clearing; 
Fleming Ranch-Schindler Bridge Section, roadbed and bridge; 
Shedd-Halsey Section, roadside improvement; 
Umapine-Sunnyside Section, grading, surfacing and oiling; 
Building at Klamath Falls; 
Remodeling portion of State Office Building, Salem; 
Sale of buildings in North Portland; 

Boat dock. Dewey D. Gault requests aid in construction of dock 
in Columbia River near Denver Ave.-Union Ave. intersection. 

Lower Columbia River Hwy. Scappoose. Exchange of property 
with Harry Elbon resulting from encroachment of his residence 
building on state property. 

Deschutes County. Tumalo Falls-Bend County Road. County to 
assign portion of gasoline tax and motor vehicle moneys to 
cover cost of construction. 

The Dalles. The Dalles & Southern Railroad Co. request per- 
mission construct approach to Columbia River Highway. 

Multnomah County. Multnomah Falls and Shepperd's Dell property. 
Portland City Commr. confers relative to transfer of property. 

Clatsop County. Designation of road from Oregon Coast Hwy. to 
Fort Stevens as secondary highway requested. No action. 

P.W.A. Regional Director approves awards of following: 
Catching Slough Bridge, J."i. & J.R. Hillstrom; 


Page Date Subject 
1938 
8280 July 21 Awards. Commission announces awards on projects and sale of 
buildings for which bids were received during morning session. 
(See page 8276) 
8282 82nd St. Highway. Delegation urges improvement on present lo- 
cation in Clackamas. 
Improvement requested from Portland to connection with Mc- 
Loughlin Blvd. in or near Oregon City. 
8283 Public hearing in Oregon City deferred indefinitely. 
Agreements, et cetere, as follows, signed; 
Frank Ott, damages arising out of reconstruction of Fremont 
Highway + 
S. P. Company, installation of sewer pipe across railroad 
company's property in vicinity of Salem shops; 
John I. Prickett, damages arising out of construction of 
Davies-Banks Section of Nehalem Secondary Highway ; 
Klamath County, financing of bridge over Lost River; county 
assigns £9,000 of its share of gasoline tex revenues. 
8284 State Board of Forastry, construction of guard cabin unit 
on right of way of Wilson River Highway ; 
Consent to vacation of street, along liest Portland~Hubbard Hwy. 
in vicinity of Cook Overcrossing; 
Deed conveying unto Constance I. and Laverne Kantner land in 
Marion County. 
Aug. 3 Federal Aid projects. Partial program for 1939. Projects listed. 
8287 Portland. Union Avenue viaduct. Maud Campbell presents claim 
for damages. 
Right of way budget. Increase of $100,000 to meet deficit ap- 
proved. (See page 8321) 
Real property. Kesolution authorizing acquisition. 
8289 Coos County. County Cour’, to convey Silver Falls recreational 
area to state. 
Curry County. Stock pile site on Oregon Coast Highway. Fred 
Caughell requests release from option given on property. 
Jefferson County. Lease from Government accepted on recreation - 
al area in Crooked River Canyon. 
8290 Multnomah County. Multnomah Falls property. Area accepted as 
gift from City of Portland. 
Shepperd's Dell also accepted as gift from City of Portland. 
Sign. Marcus Whitman Hotel sign information to be corrected. 
Yakima Chamber of Commerce sign, directing traffic to Pater- 
son ferry, to be corrected. 
Proposal forms and plans. Discussion of charge to be made to 
contractors and material dealers for plans. 
Equipment. Engineer authorized to purchase following: 
10 trucks of 2}-and 3-ton capacity. Trade-in of 10 old truds. 
Equipment for examination of vision of employees. 
Wasco County. ‘arm Springs Highway. Extension of highway from 
present terminus to connection with Wapinitia Hwy. recommended 
8291 Awards confirmed of following contracts: 
Sandy Blvd. Section, Kern & Kibbe; 
Malone-California Line Section, Clifford A. Dunn. 
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Pilot Rock. Hearing relative to rerouting the Oregon-iashing- 
ton Highway within city. 

Maintenance of old bridge over East Birch Creek discussed. 
Inouiry regarding location of patrol headquarters at Pilot 
Rock. 

Oregon-Yiashington Hwy. Pilot Rock-Heppner sec. Oiling requested. 

Wasco-Heppner Sec. Hwy. Heppner-Rhea Creek and Rock Creek Grade 
Sections. Improvement and allocation of funds discussed. 

Real property. Resolution authorizing acquisition. 

Coos County. Oregon Coast Highway. Request of Mrs. Lizzie 
Coleman to lease property at Coos Bay Bridge denied. 

Portland. Sale of buildings to Wm. Dervoe approved. 

Marion County. Settlement with Mr. Volz for property at Silver 
Falls State Park approved. 

Lane County. Pacific Highway. Request of Henry Houck to pur- 
chase property near S.P. overcrossing between JunctionC ity 
and Eugene denied. 

Portland. Interstate Ave. improvement. Sale of buildings 
and property confirmed. 

Sand houses. Offer of Jack H. Moore to move buildings in ex- 
change for salavaged material therefrom, located in Newport. 

Real property. Reconsideration of purchase price of following 
including lowest bid for moving buildings: 

Salem-Pringle Creek Section, Pacific Highway; 
Fat Elk Creek-Coquille River Section, Oregon Coast Highway. 

Sign. Marcus Whitman Hotel Management granted 30-days' exten- 
sion of time to change wording of sign. 

The Dalles. Request of The Dalles & Southern Rwy. Co. to con- 
struct approach to Columbia River Highway denied. 

Harney County. Request denied for use of Commission's radio fa- 
cilities in connection with county radio installation. 

Oregon Coast Highway. Sidewalk north of Coquille requested. 
Community Friendship Club of Coquille coffers $222 toward cost 
of construction. Construction denied. 

Lewis & Clark Monument. The Dalles. Maintenance of entire 
tract, including monument, to be assumed by Commission. 

Columbia County. Exchange of property with C. F. Howard ad- 
jacent to Lower Columbia River Highway at Houlton. 

Right of way budget. Increase in budget disapproved. 

Portland. Interstate Ave. Project. Offer of Anton Roskoski 
to settle for right of way accepted. 

Umatilla County. Oregon-liashington Hwy. Condemnation of right 
of way between Pendleton & Adams authorized. Resolution. 

Quarry site. Resolution authorizing condemnation against Chas. 
Burris' property for Brothers-Harney County Line Section. 

Award confirmed of following contract: 

Bend Section, Fisher Bros. 

Portland. Interstate Ave. improvement. Elimination of center- 
line curbing disapproved. 

Purchase of following authorized: 

One Simplex pipe forcing jack for use by sign crews, 
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P.WeA. Awards (con't.) 
Fleming Ranch-Shindler Bridge, Leonard & Slete; 
Umapine-Sunnyside Project, Edwin C. Gerber. 

Condemnation. Authorized for right of way on jobs on which 
bids opened this session. 

Friendly condemnation authorized against Northern Pacific Co. 
for right of wey for Bend Section of Century Drive Highway. 
Hood River. Pacific Portland Cement Co. confers regarding op- 

eration of company's gravel plan%. 
Awards. Commission announces awards on projects for which bids 
were received during morning session. (See page 8293) 
Klamath Falls maintenance bldg. Readvertise for bids to be re- 
ceived Aug. 23, 1938. (Later postponed to Aug. 30) 
Agreements, et cetera, as follows signed: 
U. S. of America, lease of land in Crooked River Recreational 
Area; 
S. P. Co., termination of stock pile lease at Hillsboro; 
O.W.R.R.& N. cnd U. P, Co., encroachment of Lombard-Killings- 
worth Section on railroad company's right of way; 
Shell Oil Company, removal of buildings and facilities from 
right of way of Columbia Blvd.-Harding Ave. Section; 
Alvine H. and R. S. Borland, right to occupy property at 
Grants Pass; 
Quitclaim deed conveying unto Ralph I. Robertson and wife 
land in Jackson County; 
Bargain and sale deed conveying unto Frank D. Vetter land in 
Jackson County. 
Klamath Falls. Hearing relative to rerouting The Dalles- 
California Highway within Klamath Falls. 
Wage rates. To be paid on Klamath Falls bldg. Resolution. 
P.WeAs grants. Resolution accepting offer on following: 
Woodburn-Mt. Hood Loop Sec. Hwy. at Molalla. 
Resolution authorizing application for grants on following: 
Moro-"asco County line, rock production; 
Medras—Deschutes County line, rock production; 
Provolt Maintenance Project, rock production. 
The Dalles-California Hwy. Modoc Point. Acquisition of prop- 
erty of Lamb Lumber Company. Overhead steam pipe approved. 
Equipment. Engineer authorized to purchase following: 
Power unit for operation of crusher on Wolf Creek Highway. 
Santiam Highway. Construction of woven wire fence to prevent 
snow slides aporoved. Expense added to minor betterment buiget. 
Coos County. Powers Secondary Highway. Disposal of logs dumped 
on highway by S. A. Hutchison. 
Clear Lake Road. Cooperation with Forest Service in maintain- 
ing road denied. 
Ray Webber. Authority granted to inspect concrete pavements in 
State of Washington in place of C. B. McCullough. 
Survey. North River County Road. Location survey authorized 
north from Salem. 
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to join caravan from Portland to Seaview, Wash., Sept. 10. 
Travel and Information Dept. Oregon Women's Industrial Rerum 
raw ees use of Miss Gunnell's pictures at San Francisco 
Fair. 
Klamath County. Resolution of county court granting National 
Park Service permission to erect marker directing public to 
Lava Beds. Resolution ordered filed. 
Coquille. Rerouting of Coos Bay-Roseburg Highway requested. 
Signs. Erection of signs in Coquille directing traffic to 
Oregon Coast Highway requested. 
North Bend. Chamber of Commerce expresses thanks for improve- 
ment made on Sherman Avenue. 
Log hauling. Bowman-Hicks Lunber Co. granted permission to 
truck logs on Wallowa Lake Highway during Saturday afternoons 
and holidays. Two-mile section west of Wallowa. 
J. E. Twidwell granted permission to truck logs on fiallowa 
Lake Highway during Saturday afternoons and holidays. 
Oregon Coast Highway. 0. W. Fraser granted 3-months' time to 
remove gasoline pump from right of way near Marshfield. 
Investigation ordered of faulty culvert near Mr. Fraser's 
business place at Marshfield. 
Oregon Road and Highway Laws. Employment of person to recodify 
laws approved. 
Portland. Sandy Blvd. Engineer's letter to EdwinG Amme re- 
garding improvement between 14th and 45th Avenues approved. 
Traffic signals. Portland. Commission epprovesMmgineer's let- 
lers to National Electrical Contractors’ Association and Ins 
ternational Brotherhood of Electrical Workers regarding traf- 
fic signal installation. 
Hood River. Lofts & Son object to city's use of state-owned 
quarry in connection with paving work. 
McKenzie Highway. Leaburg Dam Section. McKenzie River Grange 
expresses appreciation for guard fence and sight posts. 
Oregon Coast Highway. Oregon Coast Highway Association ex- 
presses appreciation of improvements made. 
Oregon Motor Vehicle Law. Samuel L. Brown suggests changes. 
Longview Bridge. Inquiry from Bank of America, San Francisco, 
relative to bridge becoming state highway obligation. 
Weston-Elgin Highway. Weston-Tollgate Section. Oiling requested. 
Pole line. State park acquired from Pratt interests at Lane- 
Lincoln Co. line. West Coast Power Co. to build line on east 
edge of park or install circuits underground along highway. 
Extensions of time, as follows: 
Medford Concrete Construction Co., Valley Falls-Cinder Butte; 
Warren-Northwest, Inc., Burns-Buchanan Section; 
Rogers Construction Co., Kamela-LaGrande Section; 
Mountain States Constr. Co., Smith Point-Young's Bay Section; 
0. C. Yocom, North Unit, Missouri Flat Section; 


Harold Blake, Ross Station-Arvard Section; 
Leonard & Slate, Butte Creek Section; 


Page Date 
1938 
8326 Aug. 30 


8327 


8329 
8331 


8332 
8333 


8334 


8336 


8337 


8338 


8339 


Subject 


Salem Shops. Landscaping approved. 

Construction of parking shed for employees' cars approved. 

Parking area. Intersection of Mt. Hood Hwy. and Coopers Spur 
Road. Rock surfacing approved. 

Southern Oregon delegation requests private hearing relative to 
bond issue for reconstruction of Pacific and Columbia River 
Highways. 

Ferry service. Extension of contract with Julius Gunnell for 
service on Coos River Secondary Highway. 

Umatilla County. Milton Nursery Bridge. Commission to receive 
bids for construction of bridge on behalf of County Court. 

P.W,A. grants. Resolutions accepting offers on following: 
Maintenance building at Albany; 

Improvement of H-lsey-Sweet Home Sec. Hwy. at Brownsville. 

Wage rates. To be puid on following P.W.A. projects. Resolution. 
Molalla paving project; 

Suntex Junction and Brothers building project. 

Load limit. Resolution modifying limit on following bridge: 
Cottonwood Bridge over John Day River, Wasco-Heppner Sec. Hwy. 

P.W.A- funds. Resolution authorizing application for grants on 
following rock production projects: 

Central Oregon, Scuthern Oregon, Eastern Oregon, and North- 
western Cregon. 

Travel and Information Department. Robt. W. Sawyer requests 
hearing relative to appointment of committee as recommended 
by Advisory Committee on Publicity Matters. 

Milton. Delegation requests improvement of highway thru city. 

Havena-Helix Secondary Highway. Delegation requests oiling. 
Connecting road with highway between Pendleton & Adams re- 
quested. 

Bids received on following: 

Construction of maintenance building at Klamath Falls; 
Sale of residence building in North Portland. 

Awards. On above mentioned bids (Page 8337): 

Maintenance building at Klamath Falls. Awards referred to 
Engineer, Angelo Doveri low; 
Building in North Portland, Lebeck & Son. 

Signs. Pendleton. City requests stop~and-go signs on city 
streets, Action deferred pending report of traffic count. 

Dictograph. Purchase of 8 additional station boxes approved. 

Yamhill County. Yamhill River Bridge. Sidewalk requested. 

Log hauling. Oregon Timber Operators request permission to 
truck logs on Coos River Secondary Highway during Saturday 
afternoons and Sundays. Request granted. 

Lane County. Designation of road from Oregon Coast Hwy. to 
Canary as state secondary highway denied. 

Location survey of Noti-Walton Section of Route "F" Highway 
requested. 

Memorial marker. Champoeg Chapter D.A.R. requests permission 
to erect marker directing attention to grave of Ewing Young. 


Page pate Subject 


8353 Sept. 19 Signs. Request for erection of "Bollinger Wood Camp" sign 
along Old Oregon Trail near Emigrant Springs Park denied. 
Erection of "Bollinger Road" sign approved. 
Award confirmed of following contract: 
Construction of Klamath Falls building, Angelo Doveri. 
Load limit. Resolution reducing limit on following bridge: 
Neahkahnie Mountain Chasm Bridge on Oregon Coast Highway. 
8354 Equipment. Engineer authorized to purchase following: 
1 Buick car for Attorney's use; 
15 push-type snow plows for use on lightweight trucks; 
5-45 H.P. tractors equipped with angle dozers. 
8355 American Road Builders Association. Payment of Engineer's 
membership dues approved. 
Wage rates. To be paid on Brownsville Section of Halsey-Sweet 
Home Secondary Highway. 


8356 P.W.A. grants. Resolutiomaccepting offerson following: 
Cape Arago Secondary Highway, in Coos County; 

8358 Bridge over Umpqua River, in Douglas County; 

8359 Baker—Cornucopia (Homestead) Highway, in Baker County; 

8361 Deschutes River-Madras Section, in Jefferson County. 

8363 Speed limit. Speed of 35 miles per hour requested on Minam 


Hill Section of Wallowa Lake Hwy. and on highway around Wal- 
lowe Lake. Request denied. 

Coos Bay Wegon Road. Designation as state secondary highway 
requested. Request denied. 

Bonds. Astoria Chamber of Commerce opposed to issuance of 
$18,000,000 for reconstruction purposes. 

Lane County. Old Psecific Highway between Junction City and 
Eugene. Designation as U.S.Highway No. 99E requested. 

Washington County. Farmington Secondary Highwey. Oiling re- 
quested from end of present oiling to Campbells Bridge. 

Wallowa County. Enterprise-Flora Highway. Resurfacing and 
oiling requested from Enterprise to Forest Boundary. 

836d, Lane County. Walton-Noti Section of Route "F" Highway. Lo- 
cation survey requested. Request approved. 

Cape Arago Sec. Highway. Letter of thanks from Mayor of En- 
pire for improvements between Tarheel and Charleston. 
Completion through to Cape Arago State Park requested. 

Oregon Coast Highway. Letter of thanks for improvement in 
North Bend. 

Wilson River Bridge. Forest Grove Chamber of Commerce suggests 
bridge be dedicated in honor of Mr. Loyal M. Graham. 
Recommendation to be secured from Mr. Lewis A. McArthur. 

Bend. Third Street Grade Separation Project. Early construc- 
tion urged by Robert W. Sawyer. 

8365 Gilliam County. County Court requests oiling of secondary 
highways east and west 4s far as possible from Condon. 

Ferry service. Columbia River at Astoria. Lower Golumbia 
Associated Chamber of Commerce supports policy of free ferry 


service. 


Page Date 
1938 
8344 Aug. 30 


8545 


8346 


8347 


Sept. 19 
8350 


8351 


8352 


Subjec 


Extensions of time (continued) 
Mountain States Constr. Co., Mohler-Kilchis River Section; 
Schmeer, Williams & Gentemann, Hood River Rock Production. 
Contracts completed and accepted, as follows: 
Valley Falls-Cinder Butte Section, Medford Concrete Constr.Co.; 
Burns-Buchanan Section, Warren Northwest, Inc.; 
Smith Point-Youngs Bay Bridge Section, Mt. States Constr. Co.; 
North Unit, Missouri Flat Section, 0. C. Yocom; 
Ross Station-arvard Section, Harold Blake; 
Butte Creek Section, Leonard & Slate; 
Crushed rock on Mt. Hood and Columbia River Hwys.; Schmeer, 
Williams & Gentemann; 
Drilling well near Brothers, A. M. Jannsen Drilling Co.; 
Wigrich-Buena Vista Section, J. C. Compton. 
Agreements, et cetera, as follows: 
Southern Pacific Co., Albany Overcrossing project; 
Mountain States Power Co., revision of water lines adjacent 
to Albany Grade Separation Project; 
E.F. and W.F. Philpott, disposal of claim for extra compen- 
sation arising out of contract No. 1944; 
Le H. and F. R. Williems, drilling of test holes slong John 
Day Highway ; 
Henry and Anna Blankinship, substitution of fill for cattle 
pass on Santiam Highway, in Linn County; 
Bargain and sale deed conveying unto James J. Tuma land in 
Linn County; . 
Bargain and sale deed reconveying unto Douglas County land 


formerly owned by W. G. Hoaglund; 
w. E. Purkeson, permit extending privilege of disposing of 
material from quarry which state hes leased from hin. 

Real property. Resolution authorizing acquisition. 

Lincoln County. Parks Superinterdent to negotiate for land be- 
tween Oregon Coest Hwy. and Ocean from Newport to Yachats. 
Dayton-Amity Highway. Grubb College Section. Leasing of land 

to Robert E. Porter authorized for term of one year. 

Siuslaw Highway. K. N. Lucas authorized to transfer lease to 
state property in vicinity of Rainrock to Mm. G. Folsom. 

Pacific Highway. Purchase of right of way from H. Cogeshall 
south of Grants Pass deferred. 

Marion County. State to reimburse county $500 for addition to 
Silver Creek Falls State Park. 

Wolf Creek Highway. Exchange of timbered tracts along highway 
suggested by Sunset Logging Company. 

Eugene Walsh to be employed to assist in eppraising such tin- 
ber strips. 

Pendleton. Installation of stop-and go- signals not justified. 
Installation of flashing beacons at certain streets authorized, 
provided city pays one-haif cost. 

Santiam Highway. Sweet Home. Options for right of way to wi- 
den highway. Sidewalk construction discussed. | 


Page Date 
1938 


837. Sept. 28 Morrow County. Heppner-Rbea Creek Section and Little Butter 


8373 


£374 


8375 


8376 
8377 
8378 


Creek County Road. Construction discussed with. Comnmr 
Right of way budget. Status discussed. No action taken. 
Real property. Resolution authorizing acquisition. 
Douglas County. Quarry site. Condemnation of property of 

John T. Black and Vim. Berdine approved. 

Umatilla County. Oregon-Washington Highway. Condemnation of 
property of Tolakin Estate approved. 

Newport. Ownership of sand spit at mouth of Yaquina Bay to be 
retained by state. 

Shelton State Park. Cordwood cut by CCC forces given to Relief 
Committee of Wheeler County. 
Relief Committee of Wheeler County granted permission to fell 
beetle-infested trees. 

Clatsop County. County Court changes name of "Douglas Fir 
Park" to "David Douglas Park". 

Coquille. Coos Bay-Roseburg Highway. Rerouting through city 
requested. Request denied, 

Oregon Roadside Council. State to assume cost of printing 
pledge forms relative to erection of signs and billboards. 

Memorial marker. Erection of marker directing attention to 
grave of Ewing Young, north of Newberg, approved. 

Equipment. Engineer authorized to purchase following: 

15 trucks of Ford or Chevrolet type; 

4 light-power shovels of }-yard capacity. 

Maupin Rock Production Project. Penalty imposed on Smith &Co. 
for failure to complete project within time limit modified. 

Ray Webber. Authority granted to inspect concrete paved high- 
ways in three coast states. 

R. H. Baldock. Authority granted to go to San Francisco to 
discuss use of dowel bars in concrete pavement. 

Ferry service. Assignment of Julius Gunnell's contract to 
Andrew Stambuck for operation of ferry on Coos River S econd- 
ary Highway approved. Agreement signed. 

P.WeA. grants. Resolution accepting offer on following: 
Provolt Rock Production Project. 

Clear Lake Road. Request of Forest Service for state coopera- 
tion in maintenance denied. 

Yamhill County. Amity-Bellevue Secondary Highway. Improvement 
requested. 

Ferry service. Request that Enegren Ferry service start at 
5:00 o'clock instead of 7:00 o'clock a. m. denied. 

Bonds. Sale of bonds to match federal aid funds suggested by 
Le MM. Lepper. 

Gold Beach Chamber of Commerce opposes bomd issue. 
Shasta-Cascade Wonderland Association. Commission and staff 

invited to attend convention in Ashland, Oct. 10-11, 1938. 
Redwood Empire Association. Commission and staff invited to 

attend convention at Eureka Inn October 22, 1938. 
Coos Bay Wagon Road. Designation as secondary highway requested. 


$365 Sept. 19 Extensions of time, as follows: 
Consolidated Highway Co., East Unit, Jordan Creek Section; 
8366 J. C. Compton, Tillamook County oiling project; 
Roy L. Houck, North Powder-Muddy Creek Section; 
E. L. Rigdon, Harris Creek-Chalk Cliff Section; 
Contracts completed and accepted, as follows: 
Tillamook County oiling project, J. C. Compton; 
Belknap Springs— McKenzie Summit Section, A. S. Wallace; 
Forest Boundary-Elgin Section, E. H. Itschner; 
Dillon-John Day River Section, H. L. Rice; 
Mohler-Kilchis River Section, Mountain States Constr. ®.; 
Hill Creek Bridge Section, Edlefsen-Weygandt Co.; 
Mills Bridge-Jordan Creek Section, J. C. Compton; 
Peoria-Harrisburg Section, Clifford A. Dunn; 
Washington County Line-Skyline Blvd. Section, Saxton, Looney 
and Risley; 
Roberts-Orville Section, McNutt Bros.; 
Melone-Celifornia Line Section, Clifford A. Dunn; 

Florence. Sale of state property to city for street improve- 
ment project authorized. 

World's Fair. Showing of diorama of ocean views at San Fran- 
cisco Fair and for two-year period thereafter approved. 

Portland. Construction of building by Commission for rental 
purposes suggested by A. J. Kelly. 

Sand houses. Newport. Two small buildings given to Jack Moore 
in exchange for moving them from state's property. Larger 
buildings to be retained by state. 

Portland. Union Avenue viaduct. Disposal of Dr. Gus Huthman's 
claim for damages. Resolution adopted covering agreement. 

Agreements, et cetera, as follows signed: 

Odette Martin Hall, et al, easement across private property 
south of Willamette River Bridge at Harrisburg; 

Board of Park Commissioners, Pendleton, maintenance of pro- 
posed landscape area at west end of Pendleton overcrossing; 
Deschutes County Court, assignment of $1,262.88 of gasoline 
revenues advanced by state for Tumalo Falls-Bend Road; 

Elmer Griffith, construction of fence around state-owned quar- 
ry site in Morrow County; 

Klamath Indian Agency, turn-out and check dam adjacent to 
Modoc Point-Lobert Section, in Klamath County; 

Dr. Gus H. Huthman, disposing of claim in connection with 
Union Avenue viaduct in Portland; 

City of Brownsville, lease of borrow pit for construction of 
Brownsville-Crawfordsville Section, in Linn County; 
Quitclaim deed conveying unto Harry & Charlotte Elbon land 
in Multnomah County; 

Bargain and sale deed conveying unto James Ben Green land 
near Salem. 

Dates for next regular meetings set for September 29 (confirmed) 
and November 10, 1938. 


Page Date 
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2390 Sept. 28 


8391 


8392 Sept. 29 


8393 


8394, 


8395 


8396 


8397 


&398 


Subject 


Klamath Falls, The Dalles-California Highway to be retained 
in present location on 9th Street. 

Oregon City. East Portland-Oregon City Hwy. Refusal of com- 
promise settlement with Security & Investment Company for 
right of way across street ends. 

Oregon City Laundry. Negotiations for right of way continued. 

Timberline Lodge Road. Maintenance from Mt. Hood Highway to 
Timberline Lodge requested. 

World's Fair. Extension of time granted World's Fair Commis- 
sion to submit items of expenditure. 

Payment of portion of cost of renting an exhibit building at 
San Francisco Fair approved. 

Purchase of few reels of motion pictures, in addition to num- 
ber in agreement with Castle Films, Inc., approved. 

Bids received on following: 

Molalla Section, paving; 

Roadside Oasis at Brothers; 

Suntex Junction and Brothers Buildings; 

Brothers-Harney County Line Section, grading, surfacing and 
oiling; 

Crooked Creek-Lobert Section, grading, topping and oiling; 
Albany Section, canal and railroad roadbed; 

Brownsville Section, grading, surfacing and oiling; 
Milton Nursery Bridge over Walle Walla River; 

Traffic signal system in Eugene; 

Sale of building-in South Salem; 

Sale of building in Oregon City; 

Sale of building in West Portland; 

Sale of buildings in Albany; 

Central Oregon Highway. Designation as U. S. Highway No. 14 
requested. 

Travel & Information Department. Robert i.. Sawyer confers re- 
garding appointment of committee to study tourist travel. 

Signs. Circular letter to be sent to field engineers ordering 
removal of all advertising signs from highway rights of way. 

Deschutes County. Butler Market Road. Request for designation 
es state secondary highway or rerouting of Powell Butte Sec- 
ondary Highway thereover. Commission to inspect. 

Bend. Third Street Grade Separation Project. Early construc- 
tion again urged by Robert W. Sawyer. 

Clatsop County. Fort Stevens Road. Designation as state sec- 
ondery highway from connection with Oregon Coast Hwy. re- 
quested. Improvement also requested. Commission to inspect. 

Astoria. City Manager confers regarding highway improvements. 

Suntex and Brothers Building Project. Engineer to file amended 
application for additional P.W.A. funds. State to pay excess 
amount if application for P.W.A. funds refused. 

Eugene. Pacific Highway. Permanent route discussed. 

Location survey of two best routes ordered. 
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Surveys. Commission approves surveys ordered by Engineer. 

Extensions of time as follows: 

Leonard & Slate, Bridge over North Fork of John Day River; 
R. I. Stuart & Sons, Bandon-Port Orford Section. 

Contracts completed and accepted as follows: 

Consolidated Highway Co., East Unit, Jordan Creek Section; 
C. J. Montag & Sons, Ontario Undercrossing; 

Leonard & Slate, Bridge over North Fork of John Day River; 
Smith & Go., Maupin Rock Production Project; 

Harold Blake, Bear Canyon Section; 

Snook Bros., two bridges over Wolf Creek near Sunset C amp; 
Mountain States Construction Co., Spaulding Ranch Section; 
Fisher Bros., Carver-Redland Store Section; 

Saxton, Looney & Risley, Hillsboro-Airport Road Section. 

Agreements, et cetera, as follows: ; 
City of Klamath Falls and the Californie-Oregon Power @mpany, 
construction of undercrossing of Main Street, Klamath Falls; 
Southern Pacific Company, Central Pacific Railway Company and 
City of Klamath Falls, Main Street Undercrossing, Klamath Falls; 
Southern Pacific Company, lease of maintenance building and 
storage site at Woodburn; 

Bargain and sale deed conveying unto Anton Roskoski and wife 
land in Kenview Addition to Portland; 
Bargain and sale deed conveying unto John A. Hatala and wife 
land in Overlook Addition to Portland; 

Clatsop County. Location survey approved of proposed road from 
Wolf Creek Highway at Elsie to connection with Nehalem Sec- 
ondary Highway at Fish Hawk Falls. Engineer to determine if 
road was placed on federal aid system some time ago. 
Construction of approach to Oregon Coast Highway from beach 
near north end of Arch Cape Tunnel. Action deferred. 

Josephine County. County to construct bridge over Illinois 
River on Waldo-Holland Road; state to construct approaches, 
Location survey ordered. 

Mimutes approved for meetings held on Mch, 23, 24 and 25; 

Apr. 14, Apr. 27, 28 and 29; May 12; and June 1, 2 and 3,1938. 

Gault's Boat Dock. Dewey D. Gault confers regarding construc- 
tion of roadway from Pacific Highway to his boat dock in Col- 
umbia River. State to ascertain cost of right of way on east 
Bide of Pacific Highway, suggested route for Mr. Gault's roadway. 

P.W.A. funds. Engineer to file application for grant of funds 
for following: 

Devils Garden-Quartz Mountain Section. 

Wolf Creek Highway, Report of Parks Superintendent on acquiring 
timber tracts from Sunset Logging Company. 

Warm Springs Secondery Highway. Extension as secondary highway 
from WascoJefferson County line to connection with Wapinitia 
Highway. Resolution adopted. 

Pilot Rock. Oregon-Washington Highway. Rerouting approved. 
Resolution adopting proposed location. 


Page Date 
1938 
8413 Sept. 29 


8414 
8415 Oct. 20 


8418 
8420 


8421 


8422 


8423 


8424, 


Subject 


Lor hauling. Cancellation of J. A. Schmidtke's P.U.C. permit 
to haul on Columbia River Hwy. from Brower County Road to 
Sandy River Bridge. Trial run of 35-ft. loads to be made. 

Mt. Hood Highway. Authority granted Cascade Ski Club to move 
buildings across highway at Government Camp. 

Pacific Highway West. Adoption of definite location for pro- 
posed revision in vicinity of Tigard urged. 

Right of way budget. Increase to $600,000 for 1938 authorized. 

Real property. Resolution authorizing acquisition. 

Campaign fund. Circular letter to employees prohibiting the 
soliciting of campaign funds. 

Portland. Pacific Highway. Attorney to negotiate for right 
of way for widening highway at intersection of Denver and 
Union Avenues on basis of exchange of properties. 

Oregon Coast Highway. Gearhart. Acquisition of property for 
widening highway deferred pending report on status of 20-ft. 
strip formerly under discussion. (See page 8255) 

Lincoln County. Request of Thomas Purdy to purchase portion 
of right of way at Bob Creek on Oregon Coast Highway denied. 

Reedsport. Umpqua Highway. Acquisition of right of way across 
property of Reedsport Garage and acceptance of owner's propo- 
sition relative to settlement for right of way deferred. 

Oregon City. Payment of fees to Alden E. Miller in connection 
with defense of suit against Security & Investment Company. 
Trial judge rules street ends are property of Security & In- 
vestment Co. Attorney to appeal to State Supreme Court. 
Acquisition of right of way across property of Oregon City 
Laundry discussed. 

U. S. Post Office Department opposes plans of Commission for 
revision of highway. 

Bandon. Oregon Coast Highway. Negotiations for right of way 
to be continued on basis of 80-ft. width. 

Baker County. Lee Duncan granted permission to pump water 
from state's gravel pit. Written permit or easement grant- 
ing exclusive right denied. 

Willamette Highway. Transfer of $50,000 from forest highway 
fund for construction of tunnel lining. 

Lincoln County. Siletz Secondary Highway. Surfacing and oil- 
ing requested. 

Corvallis-Newport Highway. Toledo-Newport Section. Recor- 
struction to widen and eliminate numerous curves requested. 

Central Oregon Highway. Bridge over Poison Creek to be named 
"Susan's Bridge". 

Roadside improvement projects. Following approved: 

South Entrance to Astoria; 
Awbrey-Eugene Section; 

North Entrance to Medford; 

North Entrance to Roseburg; 

Summer Lake to Paisley; 
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8398 Sept. 29 


8399 


Subject 


Lane County. Old Pacific Highway between Junction City and Eu- 
gene. Request denied for designation as U.S.Hwy. No. 99E. 
Santa Clara District. Sidewalk construction along Junction 
City-Eugene Secondary Highwey deferred. 

Route "F" Highway. Walton-Noti Section. Decision deferred on 
furnishing powder for proposed W.P.A. project. 

~—— Highway. Roseburg-Shady Point Section. Reconstruction 
urged. 

Pacific Highway West. Mrs. Ida B. Hadley presents claim for 
damage to her property adjacent to highway, east of Newberg. 
Grading work ia front of her fruit stand requested. 

Timberline Lodge Road. Designation as state secondary highway 
requested by Ciackamas County Planning Board. 

Clackamas County. Estacada-Oak Grove Fork Road. Designation 
as state secondary highway requested. 
82nd Street Highway. Improvement between Pope Hill and Ore- 
gon City requested. 

Umatilla County. Oregon-ijashington Highway. Pendleton-Adams 
Section. Condemnation to be continued. Attorney to render 
report on right of way situation at October meeting. 

Date for special meeting set for October 20, 1938. 

Regular meeting set for November 9 and 10, 1938. 

Suntex Junction and Brothers Buildings. Contract awarded to 
Henry C. Nelson. Resolution approving award. 

Clackamas County. Molalla Section of Woodburn-lt, Hood Highway. 
Contract awarded to Mt. States Constr. Co. Resolution. 

Linn County. Brownsville Section of Halsey-Sweet Home Highway. 
Contract awarded to Mt. States Construction Co. Resolution. 

P.W.A. grant. Resolution accepting offer on following: 
Madras-Deschutes County Line Rock Production Project. 

Awards. Commission announces awards on projects for which bids 
were received during morning session. (See page 8392) 

Grant County. John Day-Burns Highway. Improvement requested 
of 4-mile section between Seneca and Masonic Lodge picnic 
ground. Request denied, 

Hood River County. Revision of Mt. Hood Highway near Fike's 
Corner involving county road intersection. Reconstruction of 
county road to connect with present highway proposed. Engi- 
neer to inspect. and report at next meeting. 

Hood River Secondary State Highway. Oiling between Dee and 
Hood River requested. 

Umatilla County. County Court announces award of Milton Nursery 
Bridge contract to C. J. Montag & Son. 

Albany. Permission granted to construct public rest-room facil- 
ities under approaches to Willamette River Bridge. 

Proposed drainage ditch. State to secure options on right of 


Pah Highway. Oiling across Butte Creek Summit requested. 
Timberline Lodge Road. Portland delegation urges designation 
as forest highway; also state to be responsible for snow 

removal operetions. 


Page Date Subject 
1938 


8440 Oct. 20 Wage rates (continued): 
Umpqua River Bridge project; 


8441 Descnutes River-Madras project; 
8442 Madras-Deschutes County Line rock production project; 
8443 Charleston-Miner Creek project; 
Provolt rock production project; 
BLAL Richland-Halfway project; 
8445 Moro- ‘sco County Line rock production project; 
8446 Southern Oregon rock production project; 
8447 Central Oregon rock production project; 
2448 Northwestern Oregon rock production project; 
8449 Albany maintenance building project. 


Log hauling. Douglas Puckett granted authority to transport 
logs during Saturdey afternoons and Sundays over sections 
of Klamath Falls-Lekeview and Green Springs Highways. 

8450 Clackamas County. Shipley Bridge. Commission to receive 
bids for construction of bridge on behalf of County C ourt. 

Lane County. Territorial Secondary Highway. Oiling from 
Gillespie Corners to Addison Lumber Company's mill requested. 

Deschutes County. Request for advance of portion of motor 
vehicle license funds for road-warrant indebtedness denied. 
Request for advance of portion of motor vehicle fund for 
bonded indebtedness approved. 

8451 Eugene. Pacific Highway. Immediate adoption of permanent 
route urged by H. B. Brady. 

Forest Grove. Tualatin Valley Highway. Plans for rerouting 
highway requested. 

Cocs Bay Wagon Road. Designation as secondary state highway 
from Roseburg to Sitkum, thence to Myrtle Point, requested. 

8452 Waldport. Oregon Coast Highway. Oiling full width from 
Alsea Bay Bridge to sea wall south of city requested. 

Clatsop County. Inspection of Fort Stevens Road urged, 

The Dalles-California Highway. Newspaper item from Klamath 
Falls paper relative to hazard at Lost River Bridge crossing. 

Nyssa. Old Oregon Trail. Request for oiling denied. 

Bonds. The Dalles Chamber of Commerce opposes issuance of 
$18,000,000 of bonds to finance highway work. 

Mrs. William Hanley. Receipt acknowledged of resolution 
honoring the lete William Henley. 

Salem. Request of W. E. Milburn to operate concession at 
Salem shops denied. 

Tualatin Valley Highway. Improvement for four lanes of traf- 
fic between Sylvan and Beaverton. Request denied. 

8453 Hillsboro-Woodburn Secondary Highway. Oiling of highway from 
Scholls to Campbells Bridge denied. 

Bend. Third Street grade separation project. Robert W. Sawer 
requests award of contract this fall. Commission to secure 
options for right of way. Application for hearing to be 
filed with Public Utilities Commissioner. 


Subject 


Roadside improvement projects (continued): 
North Powder-Muddy Creek Section; 
Stanfield-Pendleton Section. 

Clatsop County. County road from Elsie to Fish Hawk Falls not 
on federal aid system. Survey ordered. 

Oregon City. Conference with Postmaster and Post Office In- 
spector relative to widening highway past Post Office Bldg. 

Cottage Grove. Reconstruction of Pacific Highway requested. 

Albary. Salvaged material from old brewery given to Boy Scouts. 

Hebo. Unsanitary condition from overflow of septic tanks 
through culvert under McMinnville-Tillamook Highway. 

Ontario. Attorney to appraise damages arising out of construc- 
tion of Ontario undercrossing project. 

Nehalem River Bridge. Repairs costing $5,000 authorized. 
Benton County. Eddyville-Blodgett Secondary Highway. Applica- 
tion of Brown Bros. to maintain guy wire over highway near 

Summit denied. 

Pole line. Application of Oregon Utilities Company to construct 
pole line along Oregon Coast Highway between Wheeler and 
Brighton. 

United Air Lines. Offer of reduction in fares for state offi- 
cials upon deposit of $425 with company. Action deferred. 

Equipment and miscellaneous material. Purchase authorized: 
Material for operation of rock crushing plant, Wolf Creek Hwy; 
4, rock spreaders for spreading macadam, Wolf Creek Highway. 

Wilson River Highway. Bridge to be named "Loyal M. Graham 
Bridge". Selection of bridge deferred. 

Yim. E. Chandler. Authority granted to attend convention of 
Three Flags Highway Association at Reno, Nevada. 

C. B. McCullough. Authority granted to attend meeting of Red- 
wood Empire Association in Eureka, California. 

Harold B. Say. Authority granted to attend meeting of Redwood 
Empire Association in Eureka, California. 

American Planning and Civic Association. Request for represen- 
tative to attend conference on roadway improvement in New 
York City. 

Ray Webber. Additional authorization of $50 to cover expense 
of inspection trip in California approved. 

Awards confirmed on following contracts: 

Crooked Creek-Lobert Section, Roy L. Houck; 
Traffic signal system in Eugene, Castelloe & Stocker Electric 
Company. 

P.W.A. grants. Resolutions accepting offers on following: 

Rock Creek-County Line Section; 
Moro-Wasco County Line Rock Production Project; 
Northwestern Oregon Rock Production Project; 
Southern Oregon Rock Production Project; 
Central Oregon Rock Production Project. 
Wage rates. To be paid on following. Resolutions 
Rock Creek-Morrow County Line Project; 


Page Date Subject 
1938 


8461 Oct. 20 Dates for next regular meeting set for November 17 and 18 and 
December 22, 1938. (if two-day session, start on December 21) 

8462 Nov. 14, Deschutes County. Century Drive Secondary Highway. Rerouting 
along Riverside Drive requested, Tentative decision to hold 
public hearing after 1939 Legislature adjourns. 

Butler Market Road. Delegation discusses improvement as 
federal aid project. County to contribute funds toward im- 
provement. 

8464 Powell Butte Secondary Highway. Section from junction with 
Butler Market Road to Central Oregon Highway to be left on 
state secondary highway system. 

Century Drive Secondary Highway. (old route). Abandonment 
requested. Resolution ordered. 
Tumalo Creek recreational area road. State aid in connec- 
tion with construction denied. 

8465 Grant County. John Day Highway. Delegation urges improvement 
of John Day~Prairie City Section. 

2466 Nov. 15 Yallowa County. Delegation confers regarding improvement of: 
Enterprise-Flora Highway from Enterprise to forest boundary ; 
liallowa Lake Highway, particularly over Minam Hill. 

Oregon Trail Association confers regarding construction of 
miscellaneous projects. 

8467 Old Oregon Trail. Reconnaissance survey ordered of change be- 
tween Ontario and Huntington. 

Union County. Delegation confers and presents list of proj- 
ects for improvement. 

6469 Nov. 16 Umatilla County. jfeston-Elgin Secondary Highway. Delegation 
requests oiling from Weston to Tollgate. 


84,70 Sweet Home. Santiam Highway. Report on right of way required 
for sidewalk construction. Acquisition authorized. 
8471 Snow removal. Santiam and North Santiam Highways. Snow-remoal 


operations to be conducted by state. Marion County to pay 
cost of such work. 

McKenzie Highway. Expenditure of $1,000 authorized to keep 
highway open as far as Pole Bridge Cabin. 

Pacific Highway. Siskiyou Section. Claim of L. D. Dollarhide 
for damage to his prooerty south of Ashland. Payment of 
$50 euthorized. 

Memorial Marker. Location of monument marking site of Fort 
Klamath referred to Lewis A. McArthur. 
84,72 Log hauling. Application of E. S. Schwantes to truck logs 
acress Columbia River Highway in Mosier denied. 
Baker County. Robinette Secondary Highway. Removal of timber 
from tunnels denied. Engineer tosscertain ownership of tun- 


nels. 

Valley Falls-Cinder Butte Section. Burns-Lakeview and F remont 
Highways. Penalty imposed on Medford Concrete Construction 
Company for failure to complete contract within time limit 


modified. 


Page Date Subject 
1938 
8453 Oct. 20 Pacific Highway. Roseburg-Shady Point Section. Advance of 
construction urged. 

State Game Commission. Letter referred to Engineer regarding 
gravel pit on Pendleton Game Farm. 

Signs. Letter to Engineer relative to directing public's at- 
tention to game farms and fish hatcheries. 

Lincoln County. Oregon Coast Highway. Disposal of old right 
of way in vicinity of Nelscott. Resolution. 

Extensions of time, as follows: 

R. I. Stuart & Sons, Klamath Falls Rock Production Proj ect; 
Roy L. Houck, Lamb Creek-Sheep Ridge Section; 

Mountain States Construction Co., South Yamhill River Bridge 
and Underpass; 

Berke Bros., Inc., Arch Cape-Beach Creek Section; 

Roy L. Houck, Corvallis-Newport & Eddyville-Blodgett High- 
weys. Rock production. 

Contracts completed and accepted, as follows: 

South Yamhill River Bridge and Underpass, Mt. States Construc- 
tion Company ; 

Eddyville Rock Production Project, Roy L. Houck; 

West Fork Dairy Creek Section, J. F. Johnston; 

Siuslaw Junction-Ross Station Section, Mountain States Con- 
struction Company; 

Chenoweth Creek-The Dalles Section, H. R. Rice; 

Dixonville Section, Harold Blake. 

Oregon City. East Portland-Oregon City Highway. Condemnation 
resolution authorizing acquisition of following properties: 
Security & Investment Company of Oregon City; 

R, E. Schofield and R. W. Knoefel. 

Agreement, et cetera, as follows: 

Deschutes County, payment of county's indebtedness for con- 
struction of 1.2 mi. section of Century Drive Sec. Highway; 
Portland General Electric Company, construction of power 
transmission pole line across Silver Creek Falls State Park; 
W. H. Kay, maintenance of logging road over and across Hum- 
bug Mountain State Park; 

Hattie and Leo Cieslak, lease on property acquired from Fred 
Volz at Silver Creek Falls State Park; 

City of Eugene, award of contract for installation of traffic 
signals in Eugene; 

Minnie T. and Frank H. Reed, acquisition of right of way for 
Upper Columbia River Highway; 

Minnie T. and Frank H. Reed, location and maintenance of 
dock on state property; 

Bargain and sale deed conveying unto E, H. and Anna M. Moore 
property in Sherman County; 

Bargain and sale deed conveying unto Jettora Asbahr land in 
the city of Portland; 

Warranty feed conveying unto Anton and Eva Roskoski land in 
the city of Portland. 
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1938 ; 
8479 Nov. 16 Contracts completed and accepted (continued): cs 
St. Helens-Warren Section, Newport Construction Company and >7 
Kern & Kibbe; 
8480 Williamson River Bridge, Mountain States Construction Co.; [ 
Cottonwood Creek-Maddock Corner Section, McNutt Bros.; . 
Bridge over South Fork of Rock Creek, Snook Bros.; 
Northeast 33rd Avenue Overcrossing, Birkemeier & Saremal; SR, 
Sheeley Bridge Section, Edwin C. Gerber; 
Enterprise-Scotch Creek Section, Rogers Construction Co.; 
Court Street Section, Oregon Contracting Company. 
8481 Nov. 17 Bids as follows opened and read: 
Richland-Halfway Section, oil mat surface treatment; ¢ 
Shipley Bridge construction; 
Charleston-Miner Creek Section, grading and surfacing; 


Page Date Subject 
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Rock Creek-Morrow County Line Section, grading; 
8482 North Unit, Bear Canyon-State Line Section, grading; 
Madras—Deschutes County Line Section, crushed rock; 
Klamath Falis Main Street Undercrossing; 
Odeli Lake-Walker Mountain Section, surfacing and oiling; g 
8483 Newport Rock Production Project; 
Maintenance building at Albany; 
Lebanon-Foster Section, crushed rock or gravel; 
State Hospital-Ash Street Unit, Pendleton Landscaping; 
Sale of buildings at Albany. 
8484 Wasco County. Celilo Indian village. Cleaning up of roadside. 
8485 Wolf Creek Highway. Report of Parks Superintendent on prices 
set by Sunset Logging Company for timber strips. 

Curry County. Purchase of ocean-view park site from Blacklock 
Sandstone Company of San Francisco deferred. 

Wolf Creek Highway. Report of Parks Superintendent on prices 
set by Oregon American Lumber Company and H. B. Van Duzer 
for timber strips. 

Ecola State Park. Request of State Game Commission to trap 
elk for rehabilitation purposes denied. 

Gearhart Beach property. Acquisition of 20-ft. strip adja- 
cent to Oregon Coast Highway deferred pending investigation * 
of company's proposal. (See page 8255) 

8486 National park or monument. National Park Service proposes to 


establish monument or park along Oregon coast line. Three 
sites suggested. No action taken. 
Pole line. Application of West Coast Power Company to con- 
struct pole line through Benson Park. Multnomah County. 
Benson Park. Survey ordered north of railroad tracks to com- 
plete deal with City of Portland for acquisition of park. 
8487 Azalea State Park. Surfecing of road from Oregon Coast High- 
way to park approved. Engineer to determine whether expense 
to be charged to maintenance or parks budgets. 
. P.W.A. grants. Resolutions accepting offers of grants on: 
S488 Devil's Garden-Quartz Mountain Section; 
2490 Eastern Oregon Rock Production Project. 


8472 Nov. 16 Fines for violation of motor vehicle laws. Secretary of State 
requested to give official recognition to report on investi- 
gations made. 

Equipment. Engineer authorized to purchase following: 

1 Kohler light and power plant for section headquarters at 

Meacham; 

; a gasoline pumps for shops at LaGrande and Klamath 
8; 

1 saw and jointer for LaGrande shops; 

1 Mercury vacuum gauge for LaGrande shops; 

2 floor jacks for Klamath Falls shops; 

Vacuum cleaning attachment for Salem shops; 

4 sets power-operated greasing equipment for each of shops; 

3 machines for cleaning equipment by use of solvent; 

4 semi-trailer tanks and 1 flat bed semi-trailer; 

1 electric welder for use on Wolf Creek Highway W.P.A. work. 

American Association of State Highway Officials. Following au- 
thorized to attend convention in Dallas, Texas: 

Henry F. Cabell, E. B. Aldrich, F. L. Tou Velle, R. H. Bal- 
dock, J. M. Devers, and G. S. Paxson. 

Columbia County. Nehalem Secondary Highway. Abandonment of 
portion of Mile Bridge Section. Resolution adopted. 

Draftsman. Request denied for services of draftsman to prepare 
topographical map of Oregon for use of State Planning Board. 

Pacific Highway. Henry Hout requests permission to construct 
roadway approach to highway at end of overcrossing structure 
between Junction City and Eugene, 

Marion County. Extension of Scotts Mill county road from pres- 
ent terminus to connection with North Santiam Hwy. near Gates 
requested. 

Jackson County. Pacific Highway. Request of Harry Polk to 
construct tunnel across highway near Bear Gulch denied. 

Plant collection. Manager of Astoria Nursery Unit, Soil C on- 
servation Service, granted permit to collect plants and seeds 
along rights of way of state highways. 

Extensions of time, as follows: 

Coos Bay Construction Company, Elsie-Nehalem River Section; 
E. L. Rigdon, Harris Creek-Chalk Cliff Section; 

Newport Construction Company and Kern & Kibbe, St. Helens- 
Warren Section; 

McNutt Bros., Cottonwood Creek-Maddock Corner Section; 

Edwin C. Gerber, Sheeley Bridge Section; 

Rogers Construction Company, Enterprise-Scotch Creek Section, 

Contracts completed and accepted, as follows: 

Klamath Falls Rock Production Project, R. I. Stuart & Sons; 
Arch Cape-Beach Creek Section, Berke Bros.; 

Harris Creek-Chalk Cliff Section, E. L. Rigdon; 

Mt. Hood Rock Production Project, Saxton, Looney & Risley; 
Walluski River Bridge Section, Mt. States Construction Co.; 
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8509 Nov. 17 


8512 


8513 


8514 Nov. 18 


515 


8516 


8517 


8518 


8519 


$520 


Subject 


Klamath County. Request of Walker & Hovey, logging operators, 
to purchase rock from state quarry near Beatty denied. 

Awards. Commission announces awards on projects for which 
bids were received during morning session. (See page 8481) 

Albany. Buildings on which no bids were received to be dis- 
posed of at private sale. 

Travel and Information Department. Conference with Advisory 
Board on Publicity Matters. 
Increasing budget to $120,000 for 1939 discussed. 
Appointment of speciel committee es recommended by Advisory 
Committee discussed. 
Use of Kathryn Gunnell's motion pictures at San Francisco 
Foir denied. 

Bids as follows opened and read: 
Olney-Jewell Section, crushed rock in stock piles; 
Ochoco Dam-Marks Creek Section, grading, trestle bridge, 
surfacing and oiling, also crushed rock; 
Roadside oasis at Brothers; 
Umpque River Bridge Section, bridge and roadway approaches; 
Powers Ranch-Jacksonville Section, crushed gravel; 
Vanora-Madras Section, surfacing and oiling; 
Jamieson-Lancaster Section, grading, surfacing and oiling, 
timber bridges, crushed rock; 
Frame building for car storage at Salem; 
Corbett Station-Rooster Rock Section, clearing, grading, rock 
toe embeakment; 
Moro-Wasco County Line Section, crushed rock; 
Pendleton-State Farm Section, grading and oiling; 
Sheridan-Polk County Line Section, grading, surfacing, oiling. 

Gault boat dock. Portland. Mr. Dewey D. Gault confers regard- 
ing construction of approach road to Pacific Highway from 
his premises. Construction of road through Westerlund prop- 
erty discussed. 

Travel and Information Department. Advisory Committee recom- 
mends budget of $120,000 for 1939. Commission accepts recom- 
mendation. 
advisory Committee presents resolution urging importance of 
appointing special committee to study conditions affecting 
tourist travel. 

Awards. Following referred to Engineer: 

Powers Ranch-Jacksonville Section, noncollusion affidavit to 
be signed by low bidder; 

Corbett Station-Rooster Rock Section, right of way to be set~ 
tled; 

Moro-Wasco County Line Section, two identical bids. Decision 
to be made by lot. 

P.W.A. Projects. Resolutions awerding the following: 
Olney-Jewell Section, D. L. Ashton; 

Umpqua River Bridge Section, C. J. Montag & Sons; 
Powers RanchJacksonville Section, R. I. Stuart & Sons; 


Page Date 
1938 

8491 Nov. 17 

8492 

8493 

8494 


bject 


Wage rates. Resolutions establishing minimum rates on: 

Devil's Garden-Quartz Mountcin Section; 
Eastern Oregon Rock Production Project. 

Dates for next regular meeting set for December 19 & 20, 1938. 
Conference with Bureau of Public Roads and Forest Service set 
for afternoon of December 20, 1938. 

Oregon City. East Portland-Oregon City Highway. Delegation 
confers regarding construction on new elighment, 

Clackamas County. Designation of county road from West Linn 
to connection with Pacific Highway West. Action deferred. 
Group insurance.’ Conference with representatives of California 
Western States Life Insurance Co. Definite action deferred. 

Hospital Associations. Agreements with National Hospital As- 
sociatiou, Multnomah Industrial Association, and Salem Phys- 
icians and Surgeons Hospital Association continued. 

Pacific Highway. New route between Salem and Eugene suggested 
by H. R. Peetz of Turner. 

Kings Valley Secondary Highway. Delegation from Polk and Bben- 
ton Counties request improvement next summer. 

Pacific Highway. Siskiyou Mountain Section. Frank Forth con- 
fers regarding damage to his property south of Ashland. 

washington County. Gales Creek Road. Delegetion from Forest 
Grove requests m.intenance extended to junction with Wilson 
River Highway near Glenwood. Maintenance authorized. 

Wilson River Highway. Maintenance of new grade to Consolidated 
Timber Company's camp requested. To be maintained by state if 
W.P.A. fails to assume responsibility. 

P.W.A. Projects. Resolutions awarding contracts for following: 
Richland-Halfway Section; Norris Brothers; 

Charleston-Miner Creek Section, Coos Bay Dredging Company; 
Rock Creek-Morrow County Line Section, H. L. Rice; 
Madres-Deschutes County Line Section, Fisher Bros.; 
Newport Rock Production Project, E. F. Altree; 

Albony Maintenance Building, Viesko & Hannaman; 
Lebanon-Foster Section, a. S. Wallace. 

Right of way budget. Attorney's report on expenditures in ex- 
cess of emount budgeted. No action taken. 

Real property. Resolution authorizing acquisition. 

Condemnation, Resolution authorising condemnation on following: 
Pacific Highway, Myrtle Creek Section, quarry site, 

John T. Black and William Berdine; 
Ochoco Highway, Ochoco Dam-Marks Creek Section, 
Ochoco Timber Company ; 
Cape Arago Highway, Charleston-iliner Creek Section, 
G. Von Salzen, Lillian Smith, Nick Bastendorf Estate; 
Pacific Highway, Dillard Section, 
Jennie McKay; 
Klamath Falis-Lakeview Highway, Drews Valley Section, 
Methew Zdroleas; 
Santiam Highway, Sweet Home Section, 
Vivian Veddle Long,and G. E. Long 


Subject 


8530 Nov. 18 Agreements, et cetera, Continued): 


Quitclaim deed conveying unto S. B. and Hattie Chandler 
land in Lake County; 

Easement conveying unto Southern Pacific Company right to 
construct, operate and maintain we track and appurtenances 
on state-owned property in Albany. 


Subject 
193€ 


8522 Nov. 18 P.W.A. Projects. Resolutions (continued): 
Vanora-Madras Section, J. C. Compton. 

Sherman County. Surfacing of Erskinville Road requested. 
sacar of $10,000 budgetod for Moro-Hay Canyon Road dis- 
cussed, 

Wasco-Heppner Secondary Highway. Improvement of Cottonwood 
Grade Section requested. 
Sherman Highway. Oiling of unoiled portion requested. 

Reedsport. Umpqua Highway. Improvement requested. 

City requests assistance of a highway engineer in planning 
city street improvements. Request granted. 

Awards. Commission announces awards on projects for which 
bids were received during morning session. (See page 8514) 

P.W.A. Projects. Resolution awarding the following: 
Moro-Wasco County Line Section, Rogers Construction Company. 

Oregon City. East Portlani-Oregon City Highway. Offer of 
Security and Investment Company to settle for right of way 
refused. 

Tigard. Report on right of way to be rendered at next meeting. 

Pacific Highway West. Claim of Mrs. Ide B. Hadley for damage 
to her property near Newberg denied. 

Benton County. Corvallis-Eastside Secondary Highway. Resolu- 
tion extending highway from east end of Willamette River 
Bridge to connection with Albany-—Corvallis Highway, Corvallis. 
Repairs to Willamette River Bridge authorized. 

Deschutes County. Century Drive Secondary Highway. Resolu- 
tion abandoning short section near Bend. 

Portland. Closing of Webster Street intersection by parkway 
on Interstate Avenue project opposed. 

Agreements, et cetera, as follows signed: 

O.W.R.& NW. Co. and Union Pacific Railroad Co. relative to 
right of way for Columbia River Highway between Troutdale 
and Warrendale; 

Pacific Power & Light Company, continuing agreement relative 
to attachment of pole line on Lewis & Clark Bridge; 

Klamath Falls, maintenance of Klamath Falls Undercrossing; 
Wayne W. and Pearl T. Watson, construction of bulkhead on 
Coos Bay-Roseburg Highway ; 

Yamhill County Court, maintenance of Sheridan-Polk County Line 
Line Section of Sheridan-Ballston County Road; 

Clackamas County, payment of $500 to county as state's share 
of cost of disposing of claim of John F. Putnam, et al, aris-~ 
ing out of construction of East Portland-Oregon City Highway; 
Idaho Power Company, furnishing of electrical energy for 
lighting Ontaric underpass; 

Letter directed to U. S. Bureau of Public Roads correcting 
description of Federal Aid Highway No. 39; 

Barzain and sale deed conveying unto Oreger-Washington Rail- 
road and Navigation Company land in Hood River County; 
Bargain and sale deed conveying unto Southern Pacific Company 
land in city of Albany; 
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Portland, Oregon, July 20, 1938 


“The Oregon State Highway Commission met in regular session at 8:00 
o'clock p. m. in the Rose Room of the Benson Hotel. Present were: 


Aldrich, Commissioner and Acting Chairman 
Tou Velle, Commissioner 

Baldock, State Highway Engineer 

Devers, Attorney 

Glaisyer, Secretary 


The Commission's Chairman, Mr. Henry F. Cabell, was absent. 


‘The attorney brought up ‘or discussion matters pertaining to the ac- 
quisition of right of way for the East Portland-Oregon City Highway across 
the property of the Security and Investment Company. He said that this mat- 
ter is going to trial and that the City of Oregon City has asked him to assist 
in the case, which is being brought by the Security and Investment Company. 
After discussion, the Commission authorized the Attorney to @sist the city in 
this matter. 


In this connection the Attorney advised that it will be necessary to 
condemn the right of way that is needed ‘across the property of the Oregon City 
Laundry Company, on Fifth Street. He requested authority to commence the con- 
demnation proceedings. The Commission approved the request and, by the affir- 
mative vote of the members present, adopted the following resolution in regard 


theretos 


WHEREAS, the State Highway Commission is by law authorized and 
directed to lay out, locate, designate, construct, improve, and 
maintain a system of stete highways in the State of Oregon, and to 
acquire rights of way and to declare the necessity and need for the 
acquisition thereof, and the advantages to be gained thereby; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the State High- 
way Commission as follows: 


1. That the State Highway Commission does hereby find and de- 
clare that it is necessary and will be of advantage to the State of 
Oregon und there is need that the State acquire for right of way pur- 
poses in connection with the permanent location, construction, in- 

+, and maintenance of the following section or sections of 
the state highway system of the State of Oregon, to-wit: 


Oregon City Section of the East Portland-Oregon City Highway 


land and property owned by or in possession of the following parties 
and/or persons, to-wit: 


Property commonly known as property of Oregon City Laundry 
Company 
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the Parkrose District just eest of Portland, which sign is owmed by W. B. 
Herron. He was instructed by the Commission to notify the owner to remove 
this sign within 10 days and, if the sign is not removed within that tins, to 
have it removed by State Highway Department forces and stored, pending cleim- 
ing of the same by the owner. 


The Engineer also requested instructions with respect to the disposal 
of the Harris Lumber Company matter at Drain. In this case, the Harris Lun- 
ber Company is using the Pacific Highway right of way in connection with the 
loading of lumber on cars at a point about one mile north of Drain and the 
company refuses to discontinue such use of the highway, notwithstanding that 
it has been requested to do so numerous times,it being contrary to the estab- 
lished policy of the Commission to permit the use of the highway for such pur- 
poses. The Commission instructed the Engineer to again notify the Harris Lun- 
ber Com to remove its facilities from the highway and, if it does not do 
so wit @ reasonable length of time, to take legal action as may be neces- 
sary to force the company to vacate the highway right of way. 


The Engineer also brought up for discussion the matter of construc- 
tion of a power transmission pole line on the Nehalem Secondary Highway by 
the Nehalem Valley Cooperative Electric Association. He advised thet a permit 
was issued to this company to construct a pole line in a certain location on 
this highway but the company has not built the line in accordance with the pro- 
visions of the permit and, ac a result, the line as constructed creates a haz- 
ard to the traveling public. Furthermore, the company has left a lot of de- 
bris lying on the highway which is not only unsightly but is a fire hazard. 
The Commission instructed the Attorney to write the company to the effect that 
it must rebuild its power line in conformance with the provisions of the per- 
mit and clean up the premises, otherwise the Commission will cancel the permit 
py og —_ the Public Utilities Commissioner to order the de-energization 
of its eC. . 


The Engineer requested instructions in regard to power transmission 
pole line construction along the Klamath Falls-Lakeview Highway in the vicinity 
of Lakeview, Lake County. He advised that the Surprise Valley Power Company 
of California has filed an application for permission to construct its pole 
line along and across this highway and has proceeded with the erection of poles 
and wires notwithstanding that the permit has not yet been granted and, in one 
particular instance, has suspended its wires across the highway in an undesir- 
able location creating a traffic hazard. 


He further advised that the West Coast Power Company has also filed 
a request for a permit to construct its pole line across this highway a 
short distance from the crossing of the Surprise Valley Power Company's line, 
but at a more desirable point. He said that he hesitated to approve this 
crossing in view of the Commission's policy to keep the number of the cross- 
ings at a minimum and to require joint pole line construction of like facili- 
ties on highway rights of way. 


He recommended, in view of the fact that the application of the Sur- 
prise Valley Power Company was filed before that of the West Coast Power 
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as their respective interests may appear, and this Commission does 
hereby declare further that the said property or properties are nec- 
essary, are needful, and the acquisition thereof willbe of advantage 
to the State of Oregon for right of way purposes in order to make it 
possible for the State Highway Commission to properly locate, con- 
struct, and maintain said portion or portions of the said state high- 
way system in accordance with standards adopted by this Commission 
ea to curvature, grades, alignment, drainage, and factors of 
safety. 


2. That the State Highway Engineer be and he hereby is in- 
structed and directed to properly survey the parcel or parcels of 
land required for such right of way purposes and prepare proper and 
adequate descriptions thereof, which descriptions shall be employed 
in the preparation of a deed or deeds or other instrument or in- 
struments necessary to complete the acquisition of the said prop- 
erty or properties or which descriptions may be used in the prepara- 
tion of a complaint in the event that condemnation proceedings are 
necessary. 


3. That the boundaries of the said parcel or parcels of land, 
as defined and determined by the said survey made by the said High- 
way Engineer, along the route or location adopted by the Highway Com- 
mission, shall be and the same hereby are adopted and the lands de- 
fined therein are hereby declared to be and the same are included 
within the rights of way of the said portion or portions of the said 
state highway system and hereby are declared to ve necessary for the 
proper location, improvement, construction, and maintenance of the 
said portion or portions of the state highway system. 


4. That I. H. Van Winkle, Attorney General of the State of 
Oregon end J. M. Devers, Assistant Attorney General and Attorney for 
the State Highway Commission, be and they are hereby requested, au- 
thorized, and directed to attempt to agree with the owner or owners 
and/or with the tenants or persons in possession, if there be any, 
of said parcel or parcels of land with respect to the compensation 
to be paid for the taking of the same and the damage, if there be 
any, and in the event that no satisfactory agreement or agreements 
can be reached, then it is hereby further resolved that the 4“ttorney 
General of the State of Oregon, and J. M. Devers, Assistant Attorney 
General and “ttorney for the State Highway Commission, be and they 
hereby are requested to commence and prosecute to a final determina- 
tion such suit or action, or suits or actions, as may be necessary 
and appropriate toacquire title to the said premises and all rights 
therein for the purposes herein stated. 
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5. That this resolution be entered in full in the minutes and 
records of this Commission. 
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The Engineer requested instructions in regard to the removal of e 
certain sign which encroaches upon the Columbia River Highway right of way in 
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WHEREAS, in connection with the further improvement of the 
highweys hereinafter designated, it is and has been necessary to ; 
acquire property for right of way, quarry sites, gravel or other 
material sites, or sites for the storage of materials, as hereinaf- 
ter more definitely set forth, and 


WHEREAS, as a result of negotiations carried on with the own- 
ers of the property required, options have been obtained, which op- 
tions have been considered by the Commission, outlining the bases 44 
of settlement which have been agreed upon, and a | 


WHEREAS, it is the judgment of the Commission thet the said 
options should be approved and accepted, and/or the said reports 
be declared acceptable to the State Highway Commission as bases 
of settlement for the properties invélved, and that the acquisi- 
tion of the properties should be completed: 


NOV, THEREFORE, BE IT RESOLVED that the several offers, or 
bases of settlement hereinafter enumerated be, and the same here- 
by are, approved and accepted, and that the Attorney for the State 
Highway Commission be, and he hereby is instructed to complete the 
acquisition of the said properties and to take title thereto in the 
name of the State of Oregon. The said properties hereby ordered 
and authorized to be acquired are as follows: 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Boyer-Otis Section - Salmon River Highway 


3140A-Bundy, H. W. Revetment 0.3 Lump sum-$150 McCallister 

3140 -Bundy, H. Wi. R/ 0.06 Lump sum-$10 " 

Jamieson-Lancaster Section - John Day Highw. e 

6143-rope, J. L. R/W 616 sq.ft. Lend gratis, plus P 
$175.00 Collins 

5968-Brown, Florence A. " 1.14 $150 per a. plus %329 " 

5967-Norwood, Mabel,Estate " 0.52 $150 per a. plus $22 " 4 

5966~Brown, C. J. n 5.0 $125 per a. plus £975 " b . 

5970-Coleman, J. A. " 0.67 Gratis " 


ord Creek Section - erprise-Flora Highwa , 
6099-Wilson, Albert 13 1.61 Land gratis, plus %5 Collins 
4209-Applegate, E. W. « 24.63 $5 per a. plus $551.35 ¥ 
6098-Shelton, L. D, " 5.59 $20 per a., plus $488.20 " 


Enterprise-Scotch Creek Section - Hurricane Creek County Road 
6067-Federal Land Bank and Gravel pit 2.17 2-yr. lease at $125 Williams 


Ray Emmett & Haul Road per yr. plus fencing 


Madras-Terrebonne Section - The Dalles—California Highway 
6115-Deschutes County R/W and stock 187,888 sq.ft. Gratis Gardiner 


pile site plus 1.1565 a. 
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Company, that the Surprise Valley Power Company be granted a permit subject to 
to the condition that it will rebuild its pole line so as to cross the high- 
way in a more desirable location and will install poles of sufficient height 
to accommodate also the wires of the test Coast Power Company. He also recom- 
mended that the Surprise Valley Power Company be given a reasonable length of 
time within which to accept and carry out the Commission's order in this re- 
gard and, if the company does not comply with such order, that the permit be 
granted to the West Coast Power Company and that legal action as may be neces- 
sary be taken against the Surprise Valley Power Company to effect the removal 
of its poles from the highway right of way. After considerable discussion, 
the Commission approved the Engineer's recommendation and ordered that the 
Surprise Valley Power Company be informed accordingly. 


The Secretary reported receipt of a request from the City of Ontario, 
through Honorable Earl Snell, Secretary of State, for permission to close 
two blocks of the state highway in the town of Ontario, for two or three days 
during the period that the Malheur County Fair is in progress, so that the 
highway may be used for Fair purposes. The Commission denied the request as 
a matter of policy. 


The Attorney requested instructions in regard to the acquisition of 
right of way across the properties of the McGuire Construction Company and 
Emily a. Ricard which is needed for the Interstate Avenue improvement in Port- 
land. He recalled that the Commission previously authorized condemnation of 


this right of way but he questioned the advisability of proceeding with the 
suit in view of the fact that there is a differance of only 9200 between the 
amount offered by the State and the amount demanded by the owners. He sug- 
gested a compromise settlement with the omers in order to avoid condemnation, 
The Commission approved the suggestion and so ordered. 


Reconsideration was given by the Commission to the matter of acquir- 
ing from the First National Bank of Albany, et al, 27.369 acres of land thet 
are needed in connection with the construction of the Albany section of the 
Pacific Highway. The Commission previously approved the payment of $100 per 
acre for this property but questioned the necessity to acquire such a large 
area. The Engineer advised that a portion of this property is needed for 
right of way and it is also proposed to take gravel from the tract for use in 
connection with the construction of the Albany overhead structure, including 
material needed for the highway fill. He estimated that the state would need 
about 298,500 cu. yds. of material which would justify the acquisition of the 
entire tract at this time. In view of the circumstances, the Commission au~ 
thorized the purchase of the entire tract at the price quoted. 


The Engineer requested authority to acquire certain parcels of real 
property that are needed for various highway improvements throughout the state. 
He submitted a list of such properties, together with prices that he recom- 
mended be paid for each. After careful consideration, the Commission approved 
the Engineer's recuest and by affirmative action of the members present 
adopted the following resolution in regard thereto: 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


ol vard-Hard ve t a 
5073-Burgard, Jobn H. 379 sq. ft. 10¢ sq.ft. Benson 
5072-Oringdulph, Fred " 2802 " " 10¢ sq.ft. plus #42 xs 
5075-Oringdulph, Fred * 1002 " " 10¢ sq.ft. plus $28 ° 
6064-Vincent, W.L.(F.J.Hoyez) " 5000 " " lump sum - $3500 : 
5057-Asbahr, Jettora as oS * & Fxchange for approxi- 
mately 324 sq.ft. lying outside right 
of way ” 
Fleping Rench-Shindler Bridge Section — sibey-bvone Retr 
3993-Rhoda, William 0.073 ° $100 per a. plus $10 McChesney 
3994-Rhoda, William " 0.552 $100 per a. plus $73 " 


3991-Myers, Jefferson R/ii, Gravel Pit 
Chennel Change 1.63 $50 per a. plus $43.50 " 


4530-Gaines, Jorie Wi. R/W Lump sum (3.0 e. at $100 per a. 
6.17 a. $712.50 3.17 2. at $50 per 2.) 
plus $254.00 " 
3990-Chledek, Anna RA 3.0 #100 per a. plus $500 " 
14,532-Westenhouse, K. A. Gravel pit 5.14, 1.5 a. at $100 per a. 
3.64 a. at $50 per a. 
plus $35 " 
3998-Westenhouse, K. A. RAY 1.43 $100 per a. plus $240 " 
3992-Fleming, J. B. et al bd 0.67 $50 per a. ® 
3995-Fleming, Edwin Borrow pit- 
channel change C.34 $50 per 2. ” 
3996-Stellmacher, John A. Borrow Pit- 
channel change 0.22 $100 per a4. " 
3992-Fleming, J. B. R/W 1.01 $100 per a. plus + 282 n 
3996-Stellmacher, John A. ” 0.29 $100 per e. plus fenc- 
ing $11 be 
Fo = Section - Weston-Elgin H 
6102A-Hill, Vim. C. Gravel Pit 1.74 $15 (approx per a. 
Total $25 Williams 


‘ 


C 3-Hester 


" Florence Snow Fence 2.44. ~~ ump sum {100 


and R/# plus moving fence Gardiner 
Lytle 
Giée Read, Joel P 7 a A. Lump sum $10 Gardiner 
Triangle Lake Section - Siuslaw Highway 
P-190 U.S.Government Park 120 $55 per yr.-l yr lease Boardman 
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Section, Hwy., and Omer Purpose Acres Approximate Amounts Agent 


ines C. M vel Pit $150 per a., plus $50 Benson 


0.79 $100 per a. McCallister 
S ~ 
4437-Hood, Laura 77 1650 sq.ft. 10¢ sq.ft. plus $15 


Klamath County Section - Green Springs Highway 
6051-Kerns, G. G. 5-yr. lease at $15 Gardiner 
per yr. 


Ss. Ww 
5580-Edmundson, Alice E. sq.ft. plus $95 McCallister 
5765-Ball, William EF. sq.ft. plus $333.25 
us moving buildings 
estimated at $600) 
5768-Albert, Jos. H, " 3746 " " 2 sq.ft. plus $115 
5573-Gillette, Sam'l B. 212 " " 5¢ sq.ft. plus recon- 
struction sidewalk and rebuilding 
rock wall and steps (Estimated at 
$200) 
5572-Jean, V. L. 158 sq.ft. 5f sq.ft. plus con- 
struction of sidewalk 
5571-Rieck, Arthur A, 25 log sq.ft. 
5784-Judson, Edith C. 10105 4é sq.ft. plus $100 
5569-Birdwell, Charlotte R. 1 Land €1 plus $35 
5914-Falk, Conrad 7694, 5¢ sq.ft. plus $745 
5576-Plank, Frances 369 _—* 5¢ sq.ft. plus $70 
5574-Reed, Leo V. 141 " Land $10, plus $10 plus 
retaining wall (estimated at $25) 
plus concrete walk and steps 
5771-Cotton, I. F. 1438 sq.ft. sq.ft. " 
5577-Poisal, H. S. 989 " " 5¢@ sq.ft. plus $145 plus 
reconstruction concrete sidewalk and 
driveways 


Lo. (Nia 


os errs 


eee 


foe, er 


=e aid Fabs 


{ 

+ 
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1056) Williams, F. B. R/W 6018 sq.ft. 3¢ sq.ft. plus $144.46 Parker 


evard-Harding Avenue Section £ Wes 
ened. Caroline Y. ; 3 lots $100 subject to taxes Benson 
5066A-Reid, John J. 10,000 sq.ft. 10f sq.ft " 


(continued ) 
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discussion the Commission decided to proceed with the taking of bids for the 
project, as advertised, and to awerd the contract on the same day, if a satis- 
factory bid is received. However, the Commission expressed a willingness to 
hear @ delegation of the local businessmen regarding this subject should it 
appear on the following day. 


The State Parks Superintendent, Mr. S. H, Boardman, Was present and 
reported on the following park matters: 


Application of West Coast Power Company to construct power pole line 
through the state park recently acquired from the Pratt interests along the 
Oregon Coast Highway, in Lincoln and Lane Gounties:- The Perks Superintendent 
stated that the West Coast Power Company wants to build its line through this 
newly-acquired state perk end has already slashed a right of wey 20 feet wide 
for some distance into the perk but he is opposed to the desecration of the 
park in this manner. He suggested that the company be permitted to construct 
its pole line on the east side of the highway right of wey overbuilding the 
telephone line that exists in such location. He pointed out that such con- 
struction would leave the west side of the highway free of poles, which is in 
line with the Commission's established policy with respect to the preservation 
of scenic views along this highway. 


The Engineer suggested that it would be proper to bill the West Coast 
Power Company for the damage that it has already done to this park. He recom- 
mended the granting of the permit as suggested by the Parks Superintendent 
provided the company will arrange for the joint use of one line of poles with 
the telpehone company end, provided further, that the company will pay the 
state for the damage that it has already done to the park. After discussion 
the Commission approved this solution of the problem by the unanimous vote of 
the members present. 


Gearhart Beach property:- The Parks Superintendent advised that 
about a mile and a half of ocean beech front- 

age extending ecenicum River and that et one time it velued 
the property at $30,000 but is now willing to sell the property to the stete 
for the sum of $2,339.13 and will also deed to the state a strip of land 20 
feet wide along the west side of the highway through ell of the property 
owned by the company. It appears that the Gearhart Park Company acquired 
this property from the State Land Board in 1891 for $562.62, and that the 
Stete Lond Board is willing to repay such Sum to the company as pert payment 
of the purchase price, provided title to the property is conveyed to the Stcte 
Land Bocrd. This would leave the sum of $1,776.51 to be paid by the State 
Highway Commission. The Engineer suggested that jt would be preferable for 
the State Highway Commission to own this area and recommended the payment of 
the entire amount in order to keep the title clear. The Commission, after 
discussion, approved the acquisition of this property on the basis of the 
State Land Board paying $562.62 provided title to the property ‘is vested in 
the State Highway Commission, otherwise the Highway Commission is to pay the 
full amount of the purchase price in order to secure title. 
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Section, Hwy., and Omer Purpose Acres Approximate Amount Agent 


Loon Lake Park Section - Umpque Highway 
P-191 U. S. Government Park 51.51 $6.44 for l-yr. lease Boardman 


i PTIWELY 


$127.50 for l-yr. lease Boardman 


Klamath County Section - Klamath Fells-Lekeview Highway 
P-188 U. S. Government Park 80 $10 for l-yr. lease Boardman 


= - Fa Wi 
er M. Umphrey, et al af and 27.369 $100 per a. Gardiner 


gravel pit 


8 Se » Hi t 
-Coon, Mike S. Borrow Pit 600 cu. yds. 5f cu. yd. 4-mos. Benson 
lease 
6162-Moody, Fred S. m  ™ 1200 cu. yds. 5f cu. yd. 4-mos. " 
‘ : “ lease 


A letter was presented from Mrs. Gladys F. Gunther, Lakeview, Oregon, 
stating that she had heard rumors to the effect that the Commission proposes 
to deed back to Mrs. S. B. Chandler, Lakeview, the property included in whet 
is known as Chandler State Park adjacent to the Fremont Highway, in Leke Coun- 
ty, which park was presented to the state as a gift on July 25, 1928, by her 
husband, the late Mr. S. B, Cnandler. Mrs. Gunther states that she is a 
daughter of Mrs. Chandler and desires to know whether or not the rumors are 
well-founded. The Commission referred this matter to the State Parks Super- 
intendent for reply. 


ad 2 
- met | ae ee . We one 
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The Engineer brought up for discussion matters pertaining to the 
proposed Sandy Boulevard improvement, in Portland, bids for which project are 
to be received on the following day. He advised that the plans include the 
S improvement of 30 blocks, from 15th Avenue to 45th Avenue, by widening so 
that the street will be 60 feet wide between curbs, thus allowing for four 
lanes of moving traffic and one lane on each side for the parking of cars and 
a neutral strip along the center line. He further stated that, for a distance 
4 of ebout 3 blocks through the Hollywood business district, this will necessi- 
ff tate cutting the sidewalks back from a 15-foot width to a 10-foot width, to 
| which action the local businessmen object. He requestéd instructions from the 
; Commission in regard thereto and recommended retention of the present plans 
3} and the award of the contract on that basis. 


a ee ee ae ee a er 


3 W. H, Lynch, District Engineer of the Bureau of Public Roads, was 

ee present and stated that the local businessmen called upon him in negard to the 
Ra | cutting back of the sidewalk and apparently they are holding the Bureau of Pub- 
- lic Roads responsible inasmuch as federal funds are to be used to finance the 
Shel work. He suggested that these people be given an opportunity to discuss the 
5 matter with the Commission before the contract is awarded. After considerable 


en re ee EP - 
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The Commission had under consideration the matter of approving 
projects to be constructed under the proposed P.W.A, program, After discus- 
sion, the Commission decided to include the following projects in such pro- 
gram: 


em SEE LLL LLL LC 


“Docket ~~" Estimated 

__No. County Section Kind of Work _—-_—- Cost 

PROJECTS INCLUDED IN ORIGINAL PROGRAM 
1194 Gilliam Rock Creek-Morrow Co.Line Grading $ 63,000 
1198 «« Umatlle Umatille River Bridge, G. & 5. 40,500 
1192 = Lake Klamath Falls-Lekeview G. S. & 0. 100,000 
1200 Washington Barbur Blvd.-Lake Forest Grading 96,500 
$500,000 
PROPOSED NEW PROJECTS 

~ Coos Cape Arago Surf. & Oil v 40,000 
- Douglas Umpqua River Bridges (2) 120,000 
- Jeffercon Mcdras-llarm Springs Surfacing 95,000 
- Baker Baker-Homes tead Surf. & Oil 50,000 
- Linn Albany “Bldg. & Lands'g 14,000 
$319,000 


# previously approved on June 29, 1938: 


The following resolution authorizing the Engineer to file applications 
for grants to aid in the financing of the construction of such projects, and 
for the purchase of right of way needed in connection therewith, was adopted 
by the Commission by the affirmative action of the mombers present: (resolu- 
tion authorizec the filing of applications for four projects,- authority 
to file applications for the other projects was given t he Engineer previ- 
ously under the old P.W,«, program) 


A RESOLUTION AUTHORIZING R. H. BALDOCK, aS STaTE HIGHWAY ENGI- 
NEER, TO FILE APPLICATIONS wITH THE UNITED ST«TES OF aMLRICA THROUGH 
THE FEDERAL EMERGENCY ADMINISTRATION OF PUBLIC WORKS FOR GRaNTS TO 
AID IN FINANCING THE CONSTRUCTION OF vERT«iN STATE HIGHWAY PROJZCTS 
AND THE PURCHASE OF RIGHT OF WAY NECESSARY TO SUCH CONSTRUCTION. 


Be it resolved by the Oregon State Highway Commission: 


1. That, R. H. Baldock, as State Highway Engineer, be and 
he is hereby authorized to execute and file applications on be- 
half of the Oregon State Highway Commission with the United States 
of America for grants to aid in financing the construction of the 
following State Highway projects: 
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acquisition of property owned by Multnomah Gownty at Crowm Point on 
the Upper Columbie River Highway, in Multnomuh County:- The Purks Superintend- 
ent advised tht Muitnomh County is ready and willing to deed this property 
to the state at any time that the Commission will receive it. The bngineer 
advised thit inspection of the building on the property reveals that it will 
take about $6,000 to repuir it and fix up the grounds. Further, that it will 
cost about 43,000 annuully to maintain the building and premises. He recom- 
mended nevertheless that the County's offer be accepted in view of the fuct 
that Crown Point is one of the scenic attractions of the stute und is known 
throughout the world. The recomendation was approved by the unanimous vote 
of the Commissioners present. 


The Commission reconsidered the matter of acquiring Multnomah Coun- 
ty property locuted adjucent to the Columbia River Highway at Multnomah 
Falls and decided to complete the acquisition of this property on the basis 
heretofore agreed upon; viz., the state to tuke title to that portion of the 
area lying between the 0.0.R.R.& N. Company's right of way and the Columbia 
River, the balance of the property to be deeded to the United stutes Forest 
Service. The Parks Superintendent was instructed to carry this mtter to con- 
clusion at the earliest possible time. 


The Engineer brought up for discussion the matter of the Commission's 
claim against the Oregon Stete Motor association for maps furnished. He said 
that he presented a bil] in the amount of $700 for the saps but the associa- 
tion hus asked to be relieved from payment of part of this cost in view of 
the purpose for which the meps were used and has suggested that the stute puy 
for the stock on which the maps were printed, leaving the balance of the ex- 
pense, including printing «nd other itcms, to be puid by the association, 
which would divide the totul expense about cqually. He recommended approval 
of the Association's suggestion for payment of the maps already furnished and 
also for maps that my be furnished in the future. The Commission epproved 
the recommend.tion. 


Ww 
hy 


: 
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The Engineer brought up for discussion matters pertuining to the 
proposed San Francisco World's Fair exhibit and particularly the mtter of 
the contract for the furnishing of colored moving pictures of uttractive Ore- 
gon scenes. He explained in brief that the World's Fuir Commission of Oregon 
has contracted with the vastle Films, Inc., of New York for the production of 
a 22-minute Oregon scenic reel as previously recommended by the Highway Com- 
mission and that a provision in the contract calls for the employment of 
Charles S. Piper of Portland, motion picture photogrupher, as photographer 
and associate Producer. Under the terms of the contract, he suid, the film 
with one 33 mm. print and one 16 m. print will be produced for . total cost 
of $8,000, $1,000 of which is to be paid upon approval of the script, and $500 
monthly thereafter us the making of the film progresses until the sum of 
$2,500 has been paid. The balunce, he said, is to be puid upon delivery of 
the film by December 1, 1938. He added that the negative of the picture is 
to be the property of the Oregon State Highway Commission. The vommission 
approved the report and referred the matter of upproving the script, dialogue, 
voice, music, and other fuctors to the Engineer with authority to act. 
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Be it resolved by the Oregon State Highway Commission: 


Section 1. That the offer of the United States of America 
to the State Highway Commission of the State of Oregon to aid by way 
of grant in financing the construction of the state highway build- 
ings (three mits at Brothers in Deschutes County and three units at 
Suntex in Harney County) and the acquisition of necessary lands and 
rights of way therefor, a copy of which offer reads as follows: 


"Pp, W. 81855-21 


“PEDERAL EMERGENCY ADMINISTRATION OF PUBLIC WORKS 


“Washington, D. C. 
Dated: Jul 1° 1938 
Docket No. Oreg. 1245-F 


"State Highway Commission of the 
State of Oregon, 


Salen, Oregon. 


1. Subject to the Terms and Conditions (PWa Form No.230, 
as amended to the. date of this Offer), which are made & part hereof, 
the United States of America hereby offers to aid in financing the 
construction of state highway buildings (three units at Brothers, 
Deschutes County, and three units at Suntex, Harney County) and the 
acquisition of necessary land (herein called the "Project") by mak- 
ing a grant to State Highway Commission of the State of Oregon 
(herein called the "Applicant") in the amount of 45 percent of the 
cost of the Project upon completion, as determined by the Federal 
Emerrency Administration of Public works (herein called the "Admin- 
istrator"), but not to exceed, in any event, the sum of $14,710. 


2. By acceptance of this Offer the Applicant covenants 
to begin work on the Project as early as possible but in no event 
later than 12 weeks from the date of this Ofer and to cumplete such 
Project with all practicable dispatch, and in any event within 5 
months from the commencement of construction. 


3. This Offer is made subject to the express condition 
that, if the Administrator shall determine at any time that the Ap- 
plicant has paid or agreed to pay, whether directly or indirectly, 
a bonus, commission or fee to any person, firm or corporation for 
attempting to procure an approval of the Applicant's application, 
or for alleged services in procuring or in attempting to procure 
such approval, or for activities of the nature commonly known 45 
lobbying performed or agreed to be verformed in connection with the 
application, then the Administrator shall have the right, in his 


diseretion, to rescind this Offer and any agreements resulting here- 
from, and, in the event of such rescission, 


the United States of 
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County Section pe of Work 


Coos Cape Arago Surfac and Oiling 
Douglas Umpqua River Bridges (Two) 
Jefferson Madras-Warm Springs Surfacing 

Baker Baker-Homestead Surfacing and Oiling 


2. That the said R. H. Baldock is hereby authorized and 
directed to request the United States of America through the Federal 
Emergency Administration of Public Works to place the following proj-~ 
ects in line for approval, the applications for said projects having 
= already filed with the Federal Emergency Administration of Pub- 

c Works: 


Docket No. County __ Section === __—____‘Type of Work _ 


Gilliam Rock Cr.-Morrow Co.Line Grading 

Uretilla Umatilla River Bridge, Grading and 
Surfacing 

Lake Klamath Falls-Lakeview Grading, Surfacing 
and Oiling 


Washington Barbur Blvd.-Lake Forest Grading 
ee  L  ————— 


3. That the said R. H Baldock is hereby authorized and 
directed to furnish such information as the United States of America 
through the Federal Emergency Administration of Public Works may rea~ 
6 request in connection with the applications which are herein 
authorized to be filed: 


The Commission had under consideration the matter of accepting the 
offer of the United States of America, through the Federal Emergency Adminis- 
tration of Public Works, of a grant to aid in financing the construction of 
maintenance buildings, three units at Brothers, in Deschutes County, and three 
units at Suntex, in Harney County, and the acquisition of necessary lands and 
rights of way therefor. Commissioner Tou Yelle moved the adoption of the fol- 
lowing resolution, entitled "A Resolution Accepting the Offer of the United 
States to the State Highway Commission of the State of Oregon to Aid by Way 
of Grant in Financing the Construction of State Highway Buildings (Three Units 
at Brothers in Deschutes County and Three Units at Suntex in Harney County) 
and the Acquisition of Necessary Lands and Rights of Way Therefor". After dis- 
cussion the motion was declared by Commissioner Aldrich to have passed by the 


unanimous vote of the Commissioners present: 


A RESOLUTION ACCEPTING THE OFFER OF THE UNITED STATES TO THE STATE 
HIGHWAY COMMISSION OF THE STaTE OF OREGON TO AID BY WAY OF GRANT IN 
FINANCING THE CONSTRUCTION OF STATE HIGHWAY BUILDINGS (THREE UNITS 
AT BROTHERS IN DESCHUTES COUNTY AND THREE UNITS AT SUNTEX IN HARNEY 
COUNTY) AND THE ACQUISITION OF NECESSSRY LANDS AND RIGHTS O” WAY 


THEREFOR. 
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The following resolutions establishing minimum wage rates to be paid on such 
projects were adopted by the unanimous vote of the Commissioners present: 


on Docket Number -F 


WHEREAS, a thorough investigation has been made of the 
hourly wage rates which are being paid in Coos County, which is the 
locality in which the proposed project (hereinafter referred to as 
"Project") is to be constructed by the Oregon State Highway Commis~ 
sion, to employees in each trede or occupation engaged in work of a 
nature similar to the work to be performed in the construction of 
said Project, and the prevailing hourly wage rates being paid in 
such locality to such employees for such work have been determined 
by comparison with the minimum rates of pay set up by the Bureau of 
Public Roads for use on federal projects, including federal aid 
road work and all projects under the National Recovery Act. These 
wage rates have been in effect for several years and have been 
adopted by the Oregon State Highway Commission under date of Febru- 
ary 19, 1937, as the standard for state work. 


NOW, THEREFORE, BE IT RESOLVED by the Oregon State High- 
way Commission of the State of Oregon that the following rates for 
the respective trades or occupations listed below shall be and are 
hereby fixed as the minimum hourly wage rates and have been deter- 
mined in accordance with rates prevailing for work of 6 similar na- 
ture in the locality in which the project is to be constructed: 


Skilled Labor Skilled Labor (cont'd) 

Asphalt plant engineer $1.20 Power shovel operator $1.20 
Bricklayer 1.20 Reinforcing steel setter 
Carpenter, journeyman 1.20 (steel tyers) 1.20 
Crane operator ; 1.20 Rigger 1.20 
Crusher operator (400 tons Riveter 1.20 

per day or over) 1.20 Rivet heater 1.20 
Dredge runner 1.20 Rivet bucker 1.20 
Drill dresser 1.20 Rivet passer 1.20 
Electrician 1.20 Sheet metal workers 1.20 
Excavator operator (types Shinglers 1.20 

comparable to Le Tourneau) 1.20 Structural steel workers 
Hoisting engineer (2 or more (erectors) 1.20 

active drums) 1,20 Waterproofers (bridge work) 1.20 
Lathers 1.20 
Le Tourneau operator 1.20 Intermediate Grade Labor 
Master finisher (concrete 

work) 1.20 Air compressor operator 75 
Mechanic 1.20 Blacksmith 75 
Painter, journeyman 1.20 Compressor operator 75 
Mixer operator (5-bag rated Crusher operator (under 400 

capacity or over) 1.20 tons a day) F 
Pile driver workmen 1.20 Distributor driver or operator .75 
Plasterer 1.20 Finisher's assistant (under di- 
Plumber 1.20 rection of master finisher) .75 
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America shall be under no further obligation hereunder. 
"UNITED STATES OF AMERICA 


Federal Emergency Adminis - 
trator of Public Works 


By 
(Sgd.) H. A. Gray 
Assistant Administrator" 


be and the same is hereby in all respects accepted. 


Section 2. That the State Hichway Commission of the State 
of Oregon and the State of Oregon agree to abide by all rules and 
regulations relating to such grant, a copy of which rules and regu- 
lations were annexed to the Government's offer and made a part there- 
of. It is hereby covenanted that the work on the project described 
in tke offer will be commenced as early as possible, but in no event 
later than twelve weeks from the date of this offer; and to complete 
the work with all practicable dispatch, and in any event within five 
months from the commencement of the construction. 


Section 3. That J. M. Devers, Assistant attorney General 
for Oregon, and Attorney for the State Highway Commission of the 
State of Oregon be and he is hereby authorized and directed forth- 
with to send to the Federal Emergency Administration of Public Works 
three certified copies of this Resolution and three certified copies 
of the proceedings of this Commission in connection with the edop- 
tion of this Resolution, and such further documents or proofs in 
connection with the acceptance of said offer as may be requested by 
the Federal Emergency Administration of Public Works. 


As Chairman 


* * dr. 
As Commissioner 


F. L. Tou Vell 
As Commissioner 


The Commission also had under consideration the matter of establish- 
ing wage rates to be paid by contractors for work on the following P.W.A. 


projects: 
Catching Slough Bridge Section, PWA Docket Number Oregon 1172-F; 
Klamath Falls Building, PWA Docket Number Oregon 1177-F; 
Fleming Ranch-Schindler Bridge Section, PWA Docket Number Oregon 1184-F; 
Sunnyside-Umapine Section, PWA Docket Number Oregon 1190-F. 
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respective trades or occupations listed below shall be and are here- 
by fixed as the minimum hourly wage rates and have been determined 
in accordance with rates prevailing for work of a similar nature in 
the locality in which the project is to be constructed: 


re i 


Skilled Labor Interuedicte Grade (cont'?) ig 
Asphalt plant engineer $1.20 Distributor driver or operator $ .75 f 
Bricklayer 1.20 Finisher's assistant (under di- b 
Carpenter, journeyman 1.20 rection of master finisher) .75 y 
Crane operator 1.20 Fireman (steam shovel or hoist) .75 é 
Crusher operator (400 tons Grader operator A) $ 
per day or over) 1.20 Hod carrier 75 oe 
Dredgé runner 1.20 Jack hammer operator 75 
Drill dresser 1.20 Mixer operator (machine less than 
Electrician 1.20 5-bag rated capacity) -75 
Excavator operator (types Mortar mixer (hand) 75 
comparable to Le Tourneau) 1.20 Pile driver workmen (groundmen) .75 
Hoisting engineer (2 or more Powder man 5 
active drums) 1.20 man 75 
Lathers 1.20 Roller operator 75 
Le Tourneau operator 1.20 Tractor operator (20 or more H.P. 
Master finisher (concrete work)1.20 mfr's rated capacity) «75 
Mechanic 1.20 Truck driver (over 1$-ton mfr's 
Painter (journeyman) 1.20 rated capacity) 7% 
Mixer operator (5-bag rated 
capacity or over) 1.20 Unskilled Labor 
Pile driver workmen 1.20 
Plasterer 1,20 Blacksmith's helper -50 
Plumber 1.20 Carpenter helper (hammer and 
Power shovel operator 1.20 saw man) 50 
Reinforcing steel setter Cement handler +50 
(steel tyers) 1.20 Shoveler (concrete) -50 
Rigger 1.20 Driver, truck (1}-ton mfr's rated 
Riveter 1.20 capacity or less) -50 
Rivet heater 1.20 Electrician's helper (supplying 
Rivet bucker 1.20 electricians) -50 
Rivet passer 1.20 Hod carrier -50 
Sheet metal workers 1.20 Labor, miscellaneous unskilled .50 
Shinglers 1.20 Mechanic's helper «50 
Structural steel workers Painter's helper (cleaning sur- 
(erectors) 1.20 face and supplying painters) «50 
Waterproofers (bridge work) 1.20 Pitman »50 
Plumber's helper (supplying 
Intermediate Grade Labor plumbers ) -50 
Powder monkey (helper) -50 
Air compressor operator 75 Reinforcing steel laborer 50 
Blacksmith 5 Sloper .50 
Comsressor operator -75 Spader (concrete work) 50 
Crusher operator (under 400 Structural steel laborer 
tons a day) -75 (handling steel) .50 
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t ; Fireman (steam shovel or hoist) $ 

Grader operator 

Hod carrier 

Fs Jack hammer operator 

if Mixer operator (machine less than 
5-bag rated capacity) 

Mortar mixer (hand) 

Pile driver workmen (groundmen) 


2 Powder man 
7 Pump man 
; oe Roller operator 


Tractor operator (20 or more H.P. 


i mfr's rated capacity) 
b Truck driver (over 1}-ton mfr's 
4 a rated capacity) 

a Unskilled Labor 


Blacksmith's helper 

Si Carpenter's helper (hammer and 
et saw man) 

ete Cement handler 

+ Shoveler (concrete) 


classifications of employees 


Falls Build 
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rates have been in effect for 
the Oregon State Highway Commissi 
as the standard for state work. 


NOW, THEREFORE, BE IT RESOLVED by the Oregon State Highway 
that the following rates for the 


Intcruediate Grade Labor (cont'd) 


50 


+50 
50 
50 


Unskilled Labor (cont'd) 


Driver, truck (14-ton mfr's 
rated capacity or less) $ .50 
Electrician's helper (supplying 


electricians) -50 
Hod carrier «50 
Labor, miscellaneous unskilled .50 
Mechanic's helper -50 


Painter's helper {cleaning sur- 
face and supplying painters) .50 


Pitman 250 
Plumber's helper (supplying 

plumbers) +50 
Powder monkey (helper) 50 
Reinforcing steel laborer -50 
Sloper -50 
Spader (concrete work) -50 
Structural steel laborer 

(handling steel) .50 


Subgrade laborer (hand tools) .50 
Tractor operator (under 20 H.P. 


mfr's rated capacity) -50 
Truck Driver (14-ton mfr's 

rated capacity or less) 50 
Watchman -50 


BE IT FURTHER RESOLVED that the foregoing list of trades 
or occupations includes, to the best of our knowledge, all the 
who will be engaged in work on said 
Project other than executive, supervisory, administrative, cleri- 
cal or other non-manual workers as such. 


PWA Doc} N on 1177-F 


WHEREAS, a thorough investigation has been made of the 

. hourly wage rates which are being paid in Klamath County, which is 
the locality in which the proposed project (hereinafter ieferred to 
asProject") is to be constructed by the Oregon State Highway Com- 
mission, to employees in each trade or occupation engeged in work 
of a nature similar to the work to be 
of said Project, and the prevailing 
such locality to such employees 


performed in the construction 


hourly wage rates being paid in 
for such work have been determined 

by comparison with the minimum rates of pay set up by the Bureau of 
Public Roads for use on federal projects, including federal aid road 
work and all projects under the National Recovery Act. 


These wage 


several years and have been adopted by 


Commission of the State of Oregon 


on under date of February 19, 1937, 


Skilled Labor Unskilled Labor 
Rigger $1.20 Blacksmith's helper -50 
Riveter 1.20 Carpenter helper (hammer and 
Rivet heater 1.20 saw man) 250 
Rivet bucker 1.20 Cement handler -50 
Rivet passer 1.20 Shoveler (concrete) 50 
Sheet metal workers 1.20 Driver, truck (1}-ton mfr's 
Shinglers 1.20 rated capacity or less) 50 
Structural steel workers Electrician's helper (supplying 
(erectors) 1.20 electricians) -50 
Waterproofers (bridge work) 1.20 Hod carrier 50 
Labor, miscellaneous unskilled 50 
Intermediate Grade Labor Mechanic's helper 50 
Painter's helper (cleaning sur- 
Air compressor operator $B face and supplying painters) -50 
Blacksmith Pi) Pitman 50 
Gompressor operator 75 Plumber's helper (supplying 
Crusber operator (under 400 plumbers) 50 
tons a day) 75 Powder monkey (helper) +50 
Distributor driver or operator .75 Reinforcing steei iaborer -50 
Finisher's assistant (under di- Sloper 50 
rection of master finisher) .75 Spader (concrete work) 50 
Fireman (steam shovel or hoist).75 Structural steel laborer 
Grader operator 5 (Handling steel) 50 
Hod carrier 75 Subgrade laborer 
Jack hammer operator 75 (hand tools) -50 
Mixer operator (machine less than Tractor operator (under 20 H.P. 
5-bag rated capacity) 075 mfr's rated capacity) 50 
Wortar mixer (hand) 75 Truck driver (14-ton mfr's 
Pile driver workmen (groundmen).75 rated capacity or less) -50 
Powder man 75 Watchman «50 
Pump man Pb) 
Roller operator 075 


Tractor operator (20 or more 
H.P. mfr's rated capacity) «75 
Truck driver (over 14-ton ofr's 
rated capacity) 5 


BE IT FURTHER RESOLVED that the foregoing list of trades 


or occupations includes, to the best of our knowledge, all the 
classifications of employees who will be engaged in work on said 


Project other than executive, supervisory, administrative, clerical 
or other non-manual workers as such. 


Sunnyside-Umapine Saction, Pia Dockgt Number Oregon 1190-F 


WHEREAS, a thorough investigation has been made of the 
hourly wage rates which are being paid in Umatilla County, which is 
the locality in which the proposed project (hereinafter referred to 
as "Project") is to be constructed by the Oregon State Highway Con- 
mission, to employees in each trade or occupation engaged in work 
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Unskilled Labor (cont'd) Unskilled Labor (cont'd) 


Subgrade laborer (hand tools) § .50 Truck driver (1}-ton mfr's 
Tractor operator (under 20 H.P. rated capacity or less) § .50 
mfr's rated capacity) .50 Watchmen | +50 


BE IT FURTHER RESOLVED that the foregoing list of trades 
or occupations includes, to the best of our knowledge, all the 
classifications of employees who will be engaged in work on said 
Project other than executive, supervisory, edministrative, clerical 
or other non-manual workers as such. 


2 sina 
Ranch-Schindler B ti Pw umber 


WHEREAS, a thorough investigation has been made of the 
hourly wage rates which are being paid in Linn County, which is the 
locality in which the proposed project (hereinafter referred to as 
"Project") is to be constructed by the Oregon State Highway Commis- 
sion, to employees in each trade or occupation engaged in work of a 
nature similar to the work to be performed in the construction of 
said Project, and the prevailing hourly wage rates being paid in 
such locality to such employees for such work have been determined 
by comparison with the minimum rates of pay set up by the Bureau of 
Public Roads for use on federal projects, including federal aid road 
work and all projects under the National Recovery Act. These wage 
rates have been in effect for several years and have been adopted by 
the Oregon State Highway Commission under date of February 19, 1937, 
as the standard for state work. 


NOW, THEREFORE, BE IT RESOLVED by the Oregon State Highway 
Commission of the State of Oregon that the following rates for the 
respective trades or occupations listed below shall be and are here- 
by fixed as the minimum hourly wage rates and have been determined 
in accordance with rates prevailing for work of a similar nature in 
the locality in which the project is to be constructed: 


Skilled Labor Skilled Labor 


Lathers 

Le Tourneau operator 

Master Finisher (concrete work) 

Mechanic 

Painter, journeyman 

Mixer operator (5-bag rated 
capacity or over) 

Pile driver workmen 

Plasterer 

Plumber 

Power shovel operator 

Reinforcing steel setter 
(steel tyers) 


F 


Asphalt plant engineer 

Bricklayer 

Carpenter, journeyman 

Crane operator 

Crusher operator (400 tons 
per day or over) 

Dredge runner 

Drill dresser 

Electrician 

Excavator operator (types com- 
parable to Le Tourneau) 

Hoisting engineer (2 or more 
active drums) 
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Unskilled Labor Unskilled Labor (cont'd) 


Blacksmith's helper $ .50 Plumber's helper (supplying 
Carpenter helper (hammer and plumbers) $ .50 
saw men) 50 Powder monkey (helper) 50 
Cement handler 50 Reinforcing steel laborer -50 
Shoveler (concrete) 50 Sloper 50 
Driver, truck (1§-ton mfr's Spader (concrete work) 50 
rated capacity or less) 50 Structural steel laborer 
Electrician's helper (supplying (handling steel) 50 
electricians) 250 Subgrade laborer (hand tools) .50 
Hod carrier -50 Tractor operator (under 20 H.P. 
Labor, miscellaneous unskilled -50 mfr's rated capacity) 50 
Mechanic's helper 50 Truck driver (1}-ton mfr's 
Painter's helper (cleaning sur- rated capacity or less) -50 
face and supplying painters) «50 Watchman -50 
Pitman 50 


BE IT FURTHER RESOLVED that the foregoing list of trades 
or occunations includes, to the best of our ‘mowledge, all the 
classifications of employees who will be engaged in work on said 
Project other than executive, supervisory, administrative, clerical 
or other non-manual workers as such. 


A letter was presented from Mr. F. P. Farrell, City Attorney, Med- 
ford, relative to the proposed improvement of the Crater Lake Highway at its 
intersection with East Main Street in Medford, advising that Dr. I. D. Phipps, 
who owns the property at the northeast corner of this intersection and against 
whom an action is now pending for condemnation for a small part of his proper- 
ty which is needed in order to round off a corner of this intersection, ob- 

: jects strenuously to the proposed improvement because it will destroy several 
large shade trees and will detract considerably from his premises on which his 
home is located. 


: It appeared to the Commission that the local citizens are not all of 

the same mind relative to this improvement, so it was decided to defer further 
) consideration of the project until all are agreeable to it. The Secretary was 
: instructed to so inform the city officials. 


The Engineer reported on the proposed widening of the concrete via- 
duct on the Pacific Highway West, in Newberg. He said that the cost to widen 
this structure for two lanes of traffic using the present grade line and con- 
structing a 5-foot sidewalk on each side would be about $28,000, and the 
cost to widen it for two lanes of traffic including 5-foot sidewalks on each 
side and constructing it on the proper grade would be about $64,000; whereas, 
to rebuild the entire structure properly for four lanes of traffic would cost 
about $109,000. He suggested the widening of the present roadway by eliminat- 
ing the existing sidewalk on the south side of the structure and the construc- 
tion of a 3-foot wide timber sidewalk outside of the existing hendrail on that 
side. He estimated that such improvement would cost about $6,000, and added 
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of a nature similar to the work to be performed in the construction 


of said Project, and the prevailing hourly wage rates being paid in 
such locality to such employees for such work have been determined 
by comparison with the minimum rates of pay set up by the Bureau of 
Public Roads for use on federal projects, including federal aid road 
work and all projects wnder the National Recovery Act. These wage 
rates have been in effect for several years and have been adopted by 
the Oregon State Highway Commission under date of February 19, 1937, 


as the standard for state work. 
NOW, THEREFORE, BE IT RESOLVED by the Oregon State Highway 


Commission of the State of Oregcen that the following rates for the 
respective trades or occupations listed below shall be and are here- 
by fixed as the minimum hourly wage rates and have been determined 
in accordance with rates prevailing for work of a simiiar nature in 
the locality in which the project is to be constructed. 


Skilled Labor 
Asphalt plant engineer 


Bricklayer 


Carpenter, journeyman 
Crane operator 
Crusher operator (400 tons 


a 


Drill dresser 


Electrician 


Excavator operator (types com- 
parable to Le Tourneau) 
Hoisting engineer (2 or more 

active drums) 


Lathers 


Le Tourneau operator 
Master finisher (concrete 


work) 
Mechanic 


Painter, journeyman 

Mixer operator (5-bag rated 
capacity or over) 

Pile driver workmen 


Plasterer 
Plumber 


Power shovel operator 
Reinforcing steel setter 
(steel tyers) 


Rigger 
Riveter 
Rivet heater 
Rivet bucker 
Rivet passer 
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Skilled Labor (cont'd) 


Sheet metal workers $1.20 
Shinglers 1.20 
Structural steel workers 
(erectors) 1.20 
Waterproofers (bridge work) 1.20 
Inte te Grade Labor 
Air compressor operator 75 
Blacksmith 75 
Compressor operator 275 
Crusher operator (under 400 
tons a day) Py i 


Distributor driver or operator .75 

Finisher's assistant (under di- 
rection of master finisher) «75 

Fireman (steam shovel or hoist) .75 


Grader operator 75 
Hod carrier 75 
Jack hammer operator 75 
Mixer operator (machine less than 
5-bag rated capacity) 75 
Mortar mixer (hand) 75 
Pile driver workmen (groundmen) .75 
Powder man Py p 
Pump man 75 
Roller operator 75 
Tractor operator (20 or more H.P. 
mfr's rated capacity) 275 
Truck driver (over 14-ton nmfr's 
rated capacity 075 


Samuel G. Reed bridge over Neahkahnie Creek on the Oregon Coast Highway, in 
northern Tillamook County, which are to be held on Sunday, August 28, 1938. 
The Secretary was instructed to thank the Chamber of Commerce for the invita- 
tion and to state that the Commissioners will be present if possible. 


A petition was presented signed by numerous people residing in the 
vicinity of the Smith's Point District in Astoria, requesting that when the 
new highway is constructed at this place a reduced speed limit be ordered for 
traffic using the same, for the safety of pedestrians, particularly in view 
of the fact that no sidewalk exists for the use of vedestrians at such point, 
The Commission indicated that it would approve the request in the event there 
are no legal barriers. The Engineer was instructed to make such investiga- 
tions as are necessary with respect thereto. 


A petition was presented signed by taxpayers and residents of the 
Lone Pine District, near Junction City, in Lane County, proposing the name 
"Roosevelt Lane" for a county road which extends easterly from the Pacific 
Highway near Junction City. In the discussion of this matter it was brought 
out that other people in this district have proposed another name for this 
road, and in view of the apparent controversy that exists the Commission de- 
cided not to pass on the matter at this time. 


The Secretary presented a letter from Lewis A. McArthur, President 
of the Oregon Historical Society, with respect to the request of the Pioneers 
Association of Gilliam, Wheeler, and adjacent counties, regarding the erection 
of a marker where the John Day Highway crosses the original Oregon Trail wagon 
road, a few miles south of Arlington. Mr. McArthur advised that he could see 
no reason for denying the request of the Association but he suggested that it 
would be better to refer to this road as the Oregon Trail rather than as the 
Old Oregon Trail, inasmuch as, in his opinion, this pioneer roac is as much 
the Oregon Trail now as it ever was and it is neither new nor old in 4 compara- 
tive sense. The Commission approved Mr. McArthur's recommendation and ordered 
that the Association be so informed. 


A letter was presented from County Engineer Frank Z. Howard, of Klan- 
ath County, on behalf of the Klamath County Court, relative to the Commission's 
claim against the county arising out of the construction of the road extending 
southerly from Merrill to the California state line, which claim amounts to ap- 
proximately $2,000. Mr. Howard explained that no provision was made in the 
county's budget to take care of this item, and if the county is required to pay 
it, such payment cannot be made until next year. Further, that the Court feels 
that, inasmuch as this road is now a state secondary highway, and because the 
county has already spent about $10,000 for right of way and fencing, it would 
be only fair for the state to relieve the county from payment of the clain. 


ments, and accordingly the county had to guarantee the payment of the costs 
that could not be paid with the federal moneys. He pointed out that since 
completion of the project the road has been designated by the Commission as 4 
state secondary highway, and recommended, in view of the circumstances, that 
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that, as a temporary expedient, such improvement meets with the approval of 
the local citizens. After discussion, the Commission apvroved the remodeling 
of this structure as suggested. 


The Cormission considt +d end approved tie a aras of the following 
contracts as made by the Engineer upon authority granted him by the Commission 
previously: 

Paving Court Street Section of the Pacific Highway East in Sa- 

lem. 0.19 mile paving. Bids taken June 30, 1938; contract awarded 
July 11, 1938, to Oregon Contracting Company, the low bidders. 


Grading, surfacing, and oiling Bly Mountain-Beatty Section of 
Klamath Falls-Lakeview Highway, in Klamath County. Bids taken June 
30, contract awarded July 1, 1938, to McNutt Brothers, the low bid- 
ders. 


The Commission also confirmed the sales of obsolete equipment and 
scrap material stored at Salem, La Grande, Klamath Falls, and Coquille, as 
made by the Engineer to the bidder who submitted the high bid for the re- 
svective items on June 30, 1938, which bidders were notified of the acceptance 
of their bids on July 11, 1938. 


Egencia SU a FR a Ge eR 


The Engineer requested authority to purchase one portable, highgepeed 
electric motor with sanding and wire brush attachments for cleaning structural 
steel, at an estimated cost of $100.0¢. The Commission approved the purchase. 


i 


» 


The Engineer brought up for discussion the matter of remodeling the 
Highway Department offices in the State Office Building, Salem. He said that 
arrangements have been made with the Secretary of State for additional office 
gpace to house highway department employees for whom quarters are now being 
rented in outside buildings; but, in order to accommodate these men, the pres- 
ent offices of the Highway Department will have to be rearranged. He estimat- 
ed that to change the partitions, do the necessary painting, and improve the 
lighting system would cost approximately $5,000, and he recommended approval 
of such expenditure. After discussion, and in view of the apparent necessity 
for the change, the Commission approved the request by the unanimous vote of 
the Commissioners present and authorized the Engineer to take bids for the re- 
modeling work at the meeting of the Commission to be held on August 4. 


The matter of furnishing the Ohio Casualty Insurance Company 4 copy 
of the Attorney General's opinion as to whether or not certain state highway 
department employees are regarded as public officials, and a certificate 
signed by the Commission stating that none of such employees are vested with 
discretionary powers or authority, had the attention of the Commission. The 
Secretary was instructed to send a copy of the opinion to the company but not 
to send the certificate unless the company demands the same. The Commission 
signed the certificate subject to such condition. 


A letter was presented from the North Tillamook County Chamber of 


Commerce inviting the members of the State Highway Commission and its staff 
to be present at the ceremonies in connection with the dedication of the 
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Consideretion was given by the Commission to a letter from Mrs. W.H. 
Strayer, Secretary of the Old Oregon Trail Club, Baker, Oregon, in which the 
Commission was urged to acquire for park purposes a l0ecre tract of land ad- 
jacent to the Old Oregon Trail and overlooking the city of Baker, and suggest- 
ing that the name "Old Oregon Treil Park" be given to this area. It was the 
thought of the Commission that this tract does not meet the requirements for 
state parks, and, in view thereof, decided not to purchase the same. The Com- 
mission ordered that lirs. Strayer's commmication be referred to the State 
Parks Superintendent to convey to Mrs. Strayer the Commission's decision. 


A letter was presented from the Albany Chamber of Commerce express- 
ing appreciation for the industrious activities of the Highway Commission in 
its efforts to complete the South Santiam Highway. Tie Commission ordered 
that the letter be acknowledred with appropriate thanks. 


The Engineer brought up for discussion the matter of rerouting the 
Oregon-Washington Highway in the town of Pilot Rock, so as to eliminate two 
right-angle turns in the present route. He said that the revision is only two 
blocks long and that to improve the proposed route would cost about #20, 000. 
He recommended approval of the project and that a public hearing be held in 
the town of Pilot Rock relative thereto, as is required by statute, so that 
the project can be constructed as a Federal Aid project as soon 4s funds are 
available to finance the same. The Commission approved the Ingineer's recom- 
mendation and set Tuesday, August 23, 1938, at 10:30 o'clock a. m., 4s the 
date and hour for such public hearing. The Secretary was instructed to send 
formal notice of the hearing to the Pilot Rock City Council. (The hearing was 
later postponed one week, until August 30, 1938.) 


The Engineer brought up for discussion the selection of projects for 
contracting during the coming fall end winter. He presented a list of projects 
heretofore approved by the Commission for construction, the estimated total 
cost of which, he said, is $6,610,000. He estimated the amount available to 
finance such work at $5,500,000, and particularly pointed out that the estimat- 
ed cost of the projects exceeds the amount available by $1,110,000. He also 
pointed out that the Commission has certain preferred projects for construction 
in 1939 aggregating a total of about $250,000. He suggested, in view of the 
shortage of funds to finance current construction, that the Commission defer 
contracting some of the projects until the fall of 1939. 


After considerable discussion, and’ in view of the circumstances, 
the Commission approved the Engineer's suggestion unanimously, and thereupon 
tentatively approved the following schedule of current contract lettings and 
list of projects to be contracted in the fall of 1939: 


Class of 
County Section Kind of work Project Allocation 
AUGUST 4th LETTING 
Clat.,Till. Arch Cape-Beach Creek Grading 39FA £160,000 
Lane Salt Creek Falls-Sait Cr. Clearing 39Fa 35,000 
Linn Shedd-Halsey Roadside Inp. 38Fa 3,000 


(Continued on next page) 
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the county be relieved of the payment of the claim, including engineering ex- 
pense. After discussion, the Commission approved the rooommendation unanimous- 
ly and ordered that the decision should apply also to other counties against 
which the Commission has similar claims. 


A letter was vresented from Vina C. Smith, Secretary, Oregon Road- 
side Council, stating that the Works Progress Administration in Washington, 
D. C., requires more specific details regarding the educational project pro- 
posed by the Oregon Roadside Council, and inquiring particularly whether or 
not the project has been endorsed by the Oregon State Highway Commission, and 
if the work will receive advisory and supervisory cooperation of the State 
Highway Commission; also, requesting that the Commission inform Mr. E. J. 
Griffith, W.P.A. administrator of Oregon, by letter, that the Highway Commis- 
sion approves this project and intends to support the proposed program. The 
Commission approved the request and ordered that such letter be written. 


A letter was presented from the Forest Grove Chamber of Commerce 
urging the Commission to make a decision immediately in the matter of select- 
ing a route for the proposed cutoff road extending from the intersection of 
the Tualatin Valley Highway with Seventh Street, in Forest Grove, northwest- 
erly to 4 point on the Gales Creek County Road. The Commission decided, aft- 
er discussion, not +o make a decision in this matter at the present time, in 
view of the fact that there are no funds available with which to finance the 
project within the near future. The Secretary was instructed to so inform 
the Chamber of Commerce. 


A letter was presented from J. F. Sweigert, Principal of Schools, 
Wolf Creek, Oregon, urging the construction of a sidewalk on a narrow highway 
bridge at Wolf Creek, for the benefit of school children and other pedes- 
trians; also requesting the erection of appropriate signs on the highway call- 
ing the attention of highway traffic to the fact that a school zone is being 
approached. The Commission authorized the erection of the signs but decided 
not to construct the sidewalk this year in view of the fact that funds are not 
available to finance such work. The Engineer was instructed to keep this 
project in mind for next year. 


The Secretary presented a letter from the Bowman Hicks Lumber Com- 
pany of La Grande requesting permission to transport logs on a 2-mile section 
of the Wallowa Lake Highway, near the town of Wallowa, during Saturday after- 
noons and holidays. The Commission decided, in view of the lerge volume of 
traffic that uses this road, to deny the request for the present; however, in- 
dicated that it would authorize such hauling after Labor Day in the event an 
investigation of traffic conditions at that time reveals that no undue hazard 
wovld be created by such operations during such periods. 


A letter was presented from R. H. C. Bennett, attorney, Newberg, 
in behalf of A. W. Ferrell of that place, in which permission was requested 
to remove from the right of way of the Pacific Highway West several shade 
trees which, it is alleged, interfere with the sale of Mr. Ferrell's property 
as a site for a service station. The Commission denied the request. 
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Class of 
ae Kind of Work © Project Allocation 
: DECEMBER LETTING (continued) 

(For'd 867,000) 
Klamath Malin-Bonanza Grad. & Surf. 38FAS 86 § 24,000 
Linn Albany . Maintenance Bldg. PWA 10,500 
Coos Cape Ayago Surf. & Oil PWA 40,000 
: Douglas Umpqua River Bridges (2) PWA 120,000 
| Jefferson Madras-Warm Springs Surfacing PRA 95,000 
Baker Baker-Homestead Surf. & Oil PVA 50,000 
: 6 Rock Production Projects State 
$1, 326, 500 
JANUARY LETTING 
: 
: Marion Salem-South Grading & Paving 38FA $100,000 
Grant Oliver Ranch-East Brs.,Grad,Surfi,0il. 39FA 150,000 
Clatsop Necanicum-Elsie Surfacing & Oiling 39FA 145,000 
Clatsop Nehalem River Bridge Bridge 39FA 120,000 
6 Rock Production Projects State ___ 120,000 
$635,000 
FEBRUARY, MARCH, AND APRIL LETTINGS 
Multnomah Projects to be selected 39FA § 70,000 
Klamath Lobert Overcrossing Siructue 39GS 85,000 
Malheur Vale-Adrian Grad.,Surf.,0il. 38FAS 15,000 
Union North Powder-North Powder R. Surf. & Oil. 38FAS 15,000 
Federal Secondary Projects om State Higiways 39FAS 315,000 
Federal Secondary Projects on County Roads 39FAS 300 , 000 
Special Maintenance Projects (Total $430,000) 110,000 
State Projects on Primary Highways 100,000 
State Projects on Secondery Highways ___100,900 
$1,110,000 


1939 PROJECTS FOR LETTING IN FALL OF 1939 


Douglas Roseburg-Shady Point Grading & Paving 39FA $225,000 
Baker Uuddy Creek-Haines Grad. & Surf. SOFA 120,000 
Union Jimmy Creek-North Powder Grad. & Surf. 39FA 30,000 
Lake Picture Rock Pass-Harris Cr. Surf. & Oil 39FA 100,000 
Linn South Santiam Highway Bridge 39FA 25,000 
Marion Clackamas Co. Line-Hubbard Paving 39FA 150,000 
Multnomah Troutdale Overcrossing Structure 396S 125,000 
Deschutes Bend Grade Separation Structure 39G6S 90,000 
Wasco Bear Springs-East Grading 39FLH 25,000 
Jackson Bear Canyon Section (Unit 3) Grading 39FA 100,000 
Multnomah Troutdale-Dodson (Unit 2) Grading 39FA = 180,090 
93 5; 


Clackamas 
Linn 
Descimtes 
Harney 
Klamath 
Linn 
Deschutes 
Klameth 
Deschutes 
Umatilla 


Malheur 
Linn 
Linn 


Section 


AUGUST 4th LETTING (continued) 


Sunnyside-Uma pine 
Catching Slough 


Grad. ,Surf.,Oil. 
Bridge,Grad.& S. 


Flemming Ranch-Schindler Br. Bridge,Grad.& S. 


Klamath Falls Maint. Bldg. 


Building 


ER LETTING 


Molalla Section 
Brownsville Section 
Brothers Maint. Building 
Suntex Maint. Building 
Klamath Falls Landscaping 
Albany Pipe Lines & Canal 
Brothers-Lake County Line 
Ft. Klamath-Williamson R. 
Brothers Oasis 

West Entrance to Pendleton 


Paving 

Grad. ,Surf.,0il. 
Buiiding 
Building 
Landscaping 


Grad. ,Surf.,0il. 
Grading 

Roadside Imp. 
Roadside Imp. 


QCTOBER LETTING 


Newberz-Dundee 

Bear Canyon 

Mills Cree::-Maris Creek 
Jamieson-—Lancaster 
Pendleton-Adams 
Troutdale~Dodson 
Sheriden-South & East 
Odell Lake-Walker Mt. 
Klamath Falls Grade Sep. 
Rock Cr.-Morrow Co. Line 
Umatilla River Bridge 
Klamath Falls-Lakeview 
Barbur Blvd.-Lake Forest 
4 Rock Production Projects 


Grading & Paving 
srading 

Grading 

Grad. , Surf. ,Oil. 
Grading 

Grading 

Grad. ,Surf.,Oil. 
Surfacing 

Br., Grad.& Pav. 
Grading 


Br., Grad.& Surf. 


Grad. ,Surf.,Oil. 
Grading 


EMBER LETTING 


Marshfield-South 

Oak Hill-Veneta 

Oregon City 

Blue Mountain Pass 
Albany Grade Separation 
Albany Grade Separation 


(Continued on next page) 
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Grading 

Grad. ,Surf. ,Oil. 
Grading & Paving 
Grading 
Structure 
Grading 


PIA 


38-39FA 265,000 
39FLH 100,000 
39GS 152,000 


in his estimation, there is no legitimate reason why this contract was not 
completed within the specified time limit. He recommended, in view thereof, 
that the extension requested be granted but that the contractor be penalized 
in an amount equal to the extra engineering costs incurred by the state in 
connection with this job subsequent to the completion date specified in the 
contract. The Commission approved the recommendation by the unanimous vote 
of the Commissioners present. 


The Engineer reported that contracts Nos. 1963, 2000, 2038, 2044, 
2051, and 2053, for the construction of state highway projects, have been com- 
pleted according to the terms and provisions of the contracts and said jobs 
are now ready for acceptance. The following resolution accepting the above 
projects was offered and was adopted by the unanimous vote of the Commission- 
ers present: 


WHEREAS, the Engineer has reported that the following 
State Highway Commission contracts for the construction of state 
highway projects have been completed according to the terms and 
provisions of the contracts or modifications thereof and that 
said jobs are now ready for acceptance: 


Contract No. 1963, with Joplin & Eldon, for surfac- 
ing, oiling, and rock production on the Shaniko Section 
of the Sherman Highway, in Wasco County. Completed May 
27, 1938. 


Contract No. 2000, with Edlefsen-Weygandt Company, 
for grading and topping and timber pile trestle construc~- 
tion on the Siuslaw Junction-Awbrey Section of the Pacif- 
ic Highway, in Lane County. Completed July 6, 1938. 


Contract No. 2038, with Warren Northwest, Inc., for 
grading, surfacing, and oiling, and bridge cons‘ruction 
on the Mile Bridge Section of the Nehalem Secondary High- 
way, in Columbia County. Completed July 15, 1938. 


Contract No. 2044, with Harold Blake, for light oil 
treatment on the Service Creek-Branson Creek Section of 
the John Day Highway, in Grant and Wheeler Counties. Com- 
pleted July 5, 1938. 


Contract No. 2051, with Babler Bros., for oiling the 
Wilson Ranch-Scottsburg Section of the Umpqua Highway, in 
Douglas County. Completed July 11, 1938. 


Contract No. 2053, with J. C. Compton, for oiling the 
Juntura-Harper Section of the Central Oregon Highway, in 
Malheur County. Completed June 17, 1938. 


; THEREFORE, BE IT RESOLVED, that the work covered by said 
state highway contracts for the construction of said state highway 
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The Engineer presented a list of surveys that he has ordered since 
the last meeting of the Commission, and asked the Commission to confirm such 

surveys and the amounts authorized for each. After due consideration motion 

was made by Commissioner Tou Velle that the State Highway Ingineer be author- 
ized and instructed to make such location surveys on various sections of high- 
ways of this state, which said sections of highways, together with their iden- 
Seeyios surv-y numbers and the amounts authorized for survey expenditures are 
as follows: 


Location - 107-2806 - Jefferson County Line-Prineville Section, Warm Springs 
Highway. lst authorization $5,400.00 


Plans - - - 7~2807 - Scale Site, E. of Prineville, Ochoco Highway. 


lst authorization - £50.00 


Bridge - - - 7-2808 - Ochoco River, Ochoco Highway. 


lst authorization - $600.00 


Plans - - - 92820 - Bend Scale Site, The Dalles-—California Highway. 
, lst authorization - $35.00 


Reconn. - - 10-2821 - Divide-Oakland Section, Pacific Highway. 
lst authorization - $960.00 


Plans - - —- 12-2822 - Dillard Section, Pacific Highway. 
lst authorization - 400.00 


11-2807 - Blalock-Arlington Section, Columbia River Hirliway. 
lst authorization {1,000.00 


Plans - - 


Location - 12-2814 - Prairie City Section, John Day Highway 
lst authorization - 9400.00 


Plens - - - 18-2830 ~- Scale Site, Ft. Klamath Junction, The Delles—California 
Highway. lst authorization - $50.00 


Location - 223-2815 - S. Unit, Vale-Adrian Section, Vale-Adrian Highway. 
lst authorization $1,200.00 


Location - 30-2819 - Pilot Rock Section, Oregon-Washington Highway. 
lst authorization - $500.00 


The motion was seconded and was declared by Acting Chairman Aldrich 
to have passed by the affirmative vote of the Commissioners present. 


The Commission hed under consideration a letter from Smith and Com- 
pany, Contractors for the furnishing of crushed rock in stock piles for the 
Maupin section of The Dalles-California and Wapinitia Highways, in Wasco Coun- 
ty, Contract No. 2030, requesting an extension of time from June 30 to August 
15, 1938, within which to complete this project. The Engineer advised that, 
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SALE OP RESIDENCE BUILDINGS AT ALBANY 


BUILDING NO. 4958 
(Former Owner Gladys V. Holloway) 


No bids received. 


BUILDING NO. 4968 
(Former Owner World War Veterans' State Aid Commission) 


Barbara J. and H. D. Rohde 


BUILDING NO. 4972 
(Former Owner S.J.Browm) 


No bids received 


BUILDING NO. 4975 
(Former Owner Essie M. Wilcox) 


Barbara J. and H. D. Rohde 


BUILDING NO. 4980 
(Former Owner Leo C. Smith) 


B GS T_PO) 


SUILDING NO. 4589 
(Former Owner John G. Maycock) 


BUILDING NO. 5037 
(Former Owner John T. Paulson) 


Lebeck & Son submitted a lump sum bid for all six buildings of $1202.00 


BUILDING NO. 5076 
(Former Owner Mary Plouff) 


$ 25.00 


BUILDING NO. 5063 
(Former Owner Earl L. Sanborn) 
$ 25.00 
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projects be declared completed according to the terms of the respec- 
tive contracts, and said jobs are hereby accepted and final payment 
in connection with each is hereby authorized. 


The Commission considered the matter of setting a date for its regu- 
lar meeting in September ahd decided to hold such meeting on Thursday, Septen- 
ber 22, 1938, in Portland. (Later changed to September 29,). The Secretary 
was instr.cted to make the usual arrangements for the Auditorium in the Public 
Service Building, in which to hold this meeting. 


The Commission adjourned at 11:00 o'clock p. m., to reconvene at 
9:00 o'clock a. m. on the following day in the Auditorium of the Public Ser- 
vice Building. 


Portland, Oregon, July 21, 1938 


The State Highway Commission reconvened at 9:00 o'clock a. m. in 
the Auditorium of the Public Service Building. Present were: 


E. B. Aldrich, Commissioner 

F. L. Tou Velle, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


Bids as follows for highway construction projects and sale of build- 
ings were opened and read in conformance with previously published notice: 


CENTURY DRIVE SECONDARY HIGHWAY 
BEND SECTION - SURFACING AND ROAD MIX SURFACE TREATMENT 


Babler Bros. § 13,714.00 
Warren Northwest, Inc. 15,703.00 


WHITNEY COUNTY ROAD 
MALONE-CALIFORNIA LINE SECTION - ROAD MIX SURFACING 


Clifford A. Dunn $ 8,527.00 
Babler Bros. 10,641.00 


COLUMBIA RIVER HIGHWAY 
SANDY BOULEVARD SEUTION ~ PAVING 


Kern & Kibbe $104, 889.50 
Harold Blake 105,166.00 
Parker-Schram Company 115,427.50 
City Motor Trucking Company 119,185.50 
Warren Northwest, Inc. 124,066.50 
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traffic to the Patterson Ferry across the Columbia River. In the discussion 
of this matter it was brought out that the Marcus Whitman Hotel sign contains 
erroneous information with respect to the distance from Pendleton to Seattle 
and that the proposed Patterson Ferry sign will contain information which, 
while possibly correct, directs traffic over certain highways that cannot be 
recommended for travel purposes, 48 they are unpaved. The Attorney advised 
that the Commission has legal authority toe control the signs in question and 
in view thereof the Commission instructed the Attorney to serve formal notice, 


the signs are corrected to meet the Oregon requirements within & > 
length of time, they will be taken down by state highway department forces. 


A delegation from Portland, consisting of Messrs. Dean Vincent, Mil- 
lard C. Holbrook, R. E. Brooks, A. R. Porter, A, G. Teepe, Victor Metzger, AL 


the {mprovenent that the Commission has under way on Sandy Boulevard. Mr. 
Vincent headed the group. He said that they appreciate very much, in geueral, 
the improvement on Sandy Boulevard, but they object to the narrowing of the 
sidewalks from 15 feet to 10 feet, as is proposed by the present plan, partic- 
ularly between 39th Avenue and 43rd Avenue, which is through the district 
mown as Hollywood, where there is a good shopping center. It was his thought 
that the narrowing of the sidewalks to such an extent would encourage Sandy 
Boulevard traffic to pase through this shopping dietvict et excessive speed, 
which would result not only in the creation of a serious traffic hazard but 


The Engineer explained in detail the Commission's-plans for this 
improvement, including the provision for a 10-foot sidewalk throughout. After 
considerable discussion he suggested, as 4 compromise proposition, that the 
width of the sidewalk between 39th Avenue and 43rd Avenue be constructed to a 
12-foot width rather than the 10-foot width, but that the plans for a 10-foot 
sidewalk for the remainder of this section be retained as was originally 
planned. The delegation conferred privately for a few minutes in an adjoining 
room. Upon returning, Mr. Vincent advised that they would be satisfied with 
a 12-foot sidewalk between 39th and 43rd Avenues and would withdraw their ob- 
jectians to the improvement if the Commission would change its plans accord- 
ingly. The Commission approved, and thereupon instructed the Engineer to 
change the plans accordingly. 


A delegation from Rainier, consisting of County Judge J. B. Wilker- 
son, of Columbia County, W. E. Proctor and E. E. Rosebreugh, representing the 
Rainier Commercial Club, was present and asked for the improvement of 4 4-mile 
section of the Lower Columbia River Highway in the vicinity of Prescott, where 
flood conditions preveil during certain seasons of the year. The Engineer ex- 
plained that this is e costly project and that the Commission does not have 
funds available to finance it at the present time. He agreed to keep the 
project in mind and bring it to the Commission's attention next spring when 
the Commission formulates its 1939 construction program. Judge Wilkerson ad- 
vised that the Columbia County Court endorses this sroject; in fact, it is the 
court's preferred project inasmuch as the road leading from the highway to the 
mill at Prescott is inundated by high water every year, and if the Commission 
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BUILDING NO. 5068 
(Former Owner Earl Cole) 


C. 0. Westland 
Miller Bros. 
Jenny Selberg 
Caroline Brise 
W. C. Flynn 


BUILDING NO. 5067 
(Former Owner Geo. M. Smith) 


H. J. Clayton 
Miller Bros. 

C. 0. Westland 
B. Holt 

Earl C. Goble 
Ogden & Gravelle 
Caroline Brise 
W. C. Flynn 


BUILDING NO. 5065 
(Former Owner F. P. Montag) 


J. A. Gunz 
Jenny Selberg 
W.C.Fiynn 


BUILDING NO. 5064 
(Former Owner F. P. Hayez) 


Beretta Leonard 
Earl C. Goble 


W. C. Flynn 


Acting Cheirman Aldrich announced that the awards of contracts and the sale 
of buildings would be made at 2:00 o'clock p. m. in the same room. 


County Judge Nelson B. Higgs, of Harney County, was present and in- 
quired whether or not it would be possible to arrange for the use of the High- 
way Commission's radio facilities in connection with the radio station that 
the county vroposes to install in the southern part of Harney County. The 
Commission indicated its willingness to cooperate with the County Court in 
this matter but deferred a decision pending investigation by the Engineer. 

The Engineer was instructed to make such investigation at once. 


The Attorney discussed with the Commission matters pertaining to the 
sign that is being maintuined by the Marcus Whitman Hotel of Walla Walla, 
Washington, adjacent to the Old Oregon Trail, at Pendleton, and the sign that 
the Yakima Chamber of Commerce proposes to erect directing Old Oregon Trail 


Clifford A. Dunn, Klamath Falls, at $8,527.00. The other bid war 

received from Babler Bros., Portland, at $10,641.00. The Commission 
has wveferred the bids to the Engineer with power to award the con- 
tract to the low bidder when certain conditions have been satisfied. 


"Sandy Boulevard Section of the Columbia River Highway, in 
Portland, Multnomah County. 1.79 miles paving. The Commission re- 
ceived 5 bids for this project, the low one being that of Kern & 
Kibbe, Portland, at $104,889.50. Harold Blake, Portland, submit- 
ted the next low bid at $105,166.00. The Commission has referred 
all bids to the Fngineer with power to award the contract to the 
low bidder when certain conditions have been satisfied." 


Buildings in Albany 


"Building No. 4958, formerly owned by Gladys V. Holloway. No 
bids were received by the Commission for the purchase of this build- 
ing. 

"Building No. 4968, formerly owned by the World War Veterans’ 
State Aid Commission. Only one bid was received for this building, 
being that of Barbara J. and H. D. Rohde, Albany, at $76.00. The 
Commission considers this offer satisfactory and accordingly has 
sold the building to them for $76.00. 


"Building No. 4972, formerly omed by S. J. Brown. No bids 
were received by the Commission for the purchase of this building. 


"Building No. 4975, formerly owned by Essie M. Wilcox. Bar- 
bara J. and H.°D. Rohde, Albany, submitted the only bid received 
for the purchase of this building, at $76.00. The Commission con- 
siders this offer satisfactory and accordingly has sold the build- 
ing to them for $76.00. 


"Building No. 4980, formerly owned by Leo C. Smith. Only one 
bid was received for the hase of this building, being that of 
J. E. Gentry, Albany, at $506.00. The Commission accepted his of- 
fer and accordingly sold the building to him for $306.00." 


Buildings in West Portland 


"Building No. 4589, formerly owned by John G. Maycock. The 
only bid received for the purchase of this building was submitted 
by F. A. Graddy, Portland, at $1.00. The Commission rejected the 
offer and ordered the building readvertised. 


"Building No. 5037, formerly owned by John T. Paulson. The 
Commission received 2 bids for the purchase of this building, the 
high one being that of Florence W. Ehle, Multnomah, at $52.00, 
and the other being that of F. A. Graddy, Portland, at $45.00. 
The Commiagion rejected both offers and ordered th= “ciding re- 
advertised." 
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will imorove the highway, it will relieve the county from expending about 
$15,000 for the improvement of the mill road. He urged the Commission to ad- 
vance the construction of this road as much as possible. 


Mr. Proctor suggested that future improvements on this highway be- 
tween Rainier and St. Helens start at the Rainier end so as to relieve the 
situation existing at this particular point sooner than if the work progressed 
from the St. Helens end. The Engineer agreed to look into the feasibility of 
the suggestion and also suggested that the delegation come before the Commis- 
sion again next spring about the time the Commission will be considering its 
1939 budget. 


Mr. Bod Glenn, Corvallis, appeared before the Commission on be- 
half of the Corvallis Chamber of Commerce and urged the Commission to under- 
take at the earliest possible time the construction of the proposed extension 
of the Territorial Secondary Highway in Lane County from its present terminus 
at the Lane-Douglas County line to a connection with the Pacific Highway near 
@ place known as Anlauf. He presented « letter from W. F. Groves, Chairman of 
the Highway Committee of the Corvallis Chamber of Commerce, endorsing his oral 
request, which letter was read aloud by the Secretary. The Engineer advised 
that the Commission has no funds available to finance such improvement at the 
present time, and the earliest time that the Commission could consider the 
project would be in the formulation of its 1939 construction program. Commis- 
sioner Aldrich confirmed the Engineer's remarks. Mr. Glenn then stated that 
the delegation would appear before the Commission in the meantime to present 
arguments in favor of their project. 


The Engineer requested authority to take two weeks vacation about 
the first «f September. The Commission granted the request and also author- 
ized the Secretary to take a vacation of a similar length. 


The Commission adjourned at 11:30 o'clock a. m. and reconvened at 
2:00 o'clock p. m. in the same room with the same members present and partici- 
pating. Also present were the State Highway Engineer and the Secretary. 


Commissioner Aldrich announced the following awards of contracts and 
sale of buildings, bids for which were received at the morning session, such 


awards having been previously approved by the Commission by the unanimous vote 
of the members present: 


"Bend Section of the Century Drive Secondary Highway, in Des- 
chutes County. 1.2 miles grading and 0.7 mile surfacing and road 
mix surface treatment. The Commission received 2 bids for this 
project, the low one being that of Babler Brus., Portland, at 
$13,714.00, and the other one deing that of Warren Northwest, Inc., 
Portland, at $15,703.00. The Commission has rejected both bids 
and ordered the project readvertised. 


"Malone-California Line Section of the Whitney County Road, 
in Klamath County. 1.51 miles road mix surfacing. Two bids were 
received for this project, the low one being that submitted by 
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present road in so far as possible, from that standpoint. He also urged the 
Commission to improve the highway as quickly as possible. Mr. Mathiesen stat- 
ed that the Southeast Portland Chamber of Commerce represents a district of 

50,000 people who believe that they are entitled to the reconstruction of the 
82nd Street road to Oregon City at the earliest possible time, whether it be 
on the present route or on the revised location. They have no particular pref- 
erence, he said, except that they do prefer that the connection with the Super 
Highway (East Portland-Oregon City Highway) be made at Oregon City rather than 
at Parkplace. 


Mir. Jones urged the early reconstruction of the road on any location 
that the State Highway Commission may see fit to adopt. Miss Arnott spoke for 
the retention of the present road in the interests of safety to school chil- 
dren and other pedestrians. Mr. Lepper stated that the Eastside Portland Cham- 
ber of Commerce is not particularly concerned as to the location that the Com- 
mission may adopt for this proposed improvement but it wants this road complet- 
ed at the earliest possible time. 


Commissioner Aldrich thanked the delegation for its appearance and 
advised that the arguments presented will be given due. consideration before 
any definite decision is made by the Commission. He further stated that the 
Commission does not have the funds to finance this project now and that the 
probabilities are that it cannot be considered earlier than in the 1940 con- 
struction program. 


The question of the public hearing in Oregon City was brought up, 
and in this connection the Engineer advised that, while Congress has author~ 
ized an appropriation of federal funds to finance federal aid highway construc- 
tion in the fiscal year 1940, the actual appropriation of such funds has not 
yet been made, in view of which no particular advantage would be gained by 
holding a public hearing in the near future. Furthermore, the Commission does 
not want to hold such hearings or establish routes until funds are available 
to finance construction. This concluded the conference. 


The Commission considered and signed agreements, et cetera, as fol- 
lows: 


Agreement with Frank Ott disposing of his claim for damages 
arising out of reconstruction of the Fremont Highway near the town 
of Paisley, in Lake County; 


Agreement with the Southern Pacific Company relative to the 
installation of a 12-inch sewer pipe across the railroad company's 
property in the vicinity of the State Highway Shops, in Salem; 


Agreement with John I. Prickett disposing of his claim for 
damages arising out of the construction of the Davies-Banks Section 
of the Nehalem Secondary Highway in Washington County; 


Agreement with Klamath County providing for the financing of 
the construction of a certain bridge over Lost River on the Whitney 
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Buildings in North Portland 


"Buildings Nos. 5076, formerly owned by Mary Plouff; No. 5068, 
formerly owned by Earl Cole; No. 5067, formerly owned by Geo. M. 
Smith; No. 5065, formerly owned by F. P. Montag; No. 5064, formerly 
owned by F. P. Hayez; and No. 5063, formerly owned by Earl L. San- 
born. Several bids were received for the purchase of these build- 
ings but the Commission accepted the lump sum bid of $1,202 submit- 
aa Lebeck & Son, Portland, for the purchese of all six build- 


A delegation representing the Clackamas Commmiy Club and consisting 
of M. J. Burke; County Commissioner B. Schoenburg; Miss Elsie Arnott, Chair- 
man of the Child Welfare Committee, District No. 1, American Legion; R. B. 
Holcomb; Harry Hartnell; Haskin Tralve; Messrs. Wilson and Mathiesen, repre- 
senting the Woodstock Community Club and the Southeast Portland Chamber of 
Commerce, respectively; L. M. Lepper, representing the Eastside Commercial 
Club; and Messrs. Williams and Jones, representing the Eastside Chamber of 
Commerce; Miss Marie Leuenberger and Mrs. J. Leuenberger, and Mrs. E. I. Pat- 
rick, came before the Commission in opposition to the rerouting of the 82nd 
Street Highway (Cascade Secondary Highway) in the vicinity of the town of 
Clackesmas. Mr. Burke headed the group. ; 


He urged the Commission to improve this highway in its present lo- 
cation rather than to relocate it, on account of the Clackamas school which 
is located about a block and a half from the present road. He said that the 
moving of the highway would create 4 hagardous condition for school children 
becaus2 nearly all of them would have to cross the highway in going to and 
from school, whereas, at the present time, very few of them are required to 
do sc. He urged the Commission to retain the highway on the east side of 
their school. He also urged the retention of the present route from the 
standpoiat of highway traffic, alleging that the proposed route is through 4 
swampy district where foggy conditions prevail, which is not the case along 
the present route. Mr. Burke presented a petition signed by 950 citizens of 
Clackamas County urging the improvement of the t2nd Street road from the city 
limits of Portland to a connection with McLoughlin Boulevard in or near Ore- 
gon City and opposing any relocation of the road between what is known as 
Pope Hill, on the north, and Mrs. Leuenberger's corner on the south. 


County Commissioner Schoenburg advised that the Clackamas County 
Court is in favor of the retention of the present highway route in so far as 
that is possible. He inquired whether or not the Commission has as yet adopt- 
ed a permsnent route for this road and was informed that the 
Commission has not yet done so but will do so wien it is ready to proceed 
with construction; however, in the meantime, a public hearing must be held 
in Oregon City relative to such change, as required by law, and if the resi- 
Gents of Clackrars wish to present their case at that time, the Commission 
will be glad to hear them. 


Mr. Wilson alleged that the retention of the present road will 
eliminate a large volume of cross-traffic, and urged the retention of the 
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Bridge County Road, in Klamath County, whereby the county assigns 
to the State Highway Commission $9,000 of its share of the gasoline 
tax revenues for such purpose; 


Agreemegt with the State Board of Forestry authorizing the 
State Board of Forestry to construct a guard cabin unit on the 
right of way of the Wilson River Highway, in Tillamock County; 


"Consent to Vacation of Street", providing for the vacation 
of a certain street adjacent to Lot 8, "Rosewood", along the West 
Portland-Hubbard Secondary Highway in the vicinity of Cook Over- 
crossing, in Washington and Clackamas Counties; 


Bargain and Sale Deed conveying unto Constance I. Kantner and 
Laverne Kantner 0.06 acre of land situate in Lot 7, Subdivision of 
Tract 2 of Smith Fruit Farms, Marion County, being right of way 
transactions Nos. 5776 and 5777. 


There being no further business to come before the Commission at 
this time, the meeting was adjourned at 2:30 ‘clock p. m. 


et > etic 
State Highway Engineer 
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Portland, Oregon, August 3, 1938 


The State Hichway Commission met in regular session at 7:30 otclock 
p. m. in the Tyrolean Room of the Benson Hotel. Present were: 


E. B. Aldrich, Commissioner and Acting Chairman 
F. L. Tou Velle, Commissioner 

R. H. Baldock, State Highway Engineer 

J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


Chairman Henry F. Cabell was absent on 4 vacation trip in Europe. 


The Commission discussed the matter of submitting to the U. S. Bue 
reau of Public Roads a partial program for 1939 regular federal aid funds. 
After considerable discussion, the Commission selected the following projects 
for such »rogram, and authorized the Engineer to present them to the Bureau 


of Public Roads for approval: 


AUG 3 1938 


Miss Maud Campbell, accompanied by ter brother, Mr. Ben Campbell, 
came before the Commission in regard to Miss Campbell's claim for damages aris- 
ing out of the construction of the Union Avenue viaduct on the East Portland- 
Oregon City Highway in Portland. Miss Campbell alleged that as @ result of 
the construction of this viaduct she now has no outlet to her property, and 
the same is isolated, and the value thereof, as a result, has been greatly re- 
duced. She asked the Commission to compensate her for such damage, and pre- 
sented some appraisals which she said were made by competent appreisers, indi- 
cating that her property has been damaged to the extent of $7,000. The Com- 
mission deferred discussion of this matter pending the return of Chairman Cab- 
ell from his vacation. 


The Attorney reported on the status of the right cf way budget. He 
said that a study of expenditures already made for right of way during 1938 
and of the assignments that have been given him reveals that the $550,000 bui- 
geted for right of way purchases this year will be about $100,000 short of 
meeting the requirements. After discussion, and it being apparent that it is 
absolutely necessary to acquire additional right of way in order to carry on 
contemplated construction projects, the Commission approved increasing the 
right of way budget in the sum of $100,000 in order to meet the deficit. 


The Engineer requested authority to purc 
property that are needed for various 
and submitted a list of such properties, together with prices that he recom~ 
mended be paid for each. After careful study the Commission approved the En- 
gineer's request and adopted the following resolution in regard thereto: 


WHEREAS, in connection with the further improvement of the 
highways hereinafter designated, it is and has been necessary te ac- 
quire property for right of way, quarry sites, gravel or other mater- 
jal sites, or sites for the storage of meterials, @s hereinafter more 
definitely set forth; and 


WHEREAS, as a result of negotiations carried on with the 
owers of the property required, options have been obtained, which 
options have been considered by the Commission, outlining the bases 
of settlement which have been agreed upon; 


WHEREAS, it is the judgment of the Commission that the 
said options should be approved and accepted, and/or the said reports 
be declared acceptable to the State Highway Commission as bases of 
settlement for the properties involved, and that the acquisition of 
the properties should be completed: 


NOW, THEREFORE, BE IT RESOLVED that the several offers or 
bases of settlement hereinafter enumerated be, and the same hereby 
are, approved and accepted, and that the Attorney for the State High- 
way Commission be, and he hereby is, instructed to complete the ac- 
quigition of the said properties and to take title thereto in the 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Meadow Brook. Section - Sterker Hepat 
1 ‘lunkett, Jesse Gravel Pit 2.23 $25 per a.plus $54.50 Wells 


Z209-Applegate, E.W. Bi 63. «$5 per a. + $551.35 Collins 


B -B = - ew hi 
5942- th Indian Tribe Quarry and 40.0 5-yr. permit for quarry 
Stock Pile Site rock at 2¢ cu.yd. Benson 


5-yr. permit for stock 
pile site at $5 yr. rent 


et - Wo. ek hwa: 
52230-Ehle, Glen S. if 2.2! O per a. Gardiner 
eoria—Ha - Co s-Harri C 
S-Wade, H. M. Road Materials Lease . 30-day lease - upprox. 


800 cu.yds.at cu.yd. 


Wil) Creek-Marks Creel: Seotion — Ochoce-Eigimel McCallister 
4943-Bank of California,N.A. 42.97 $9,957.10 plus well, 


est. at $500 Gardiner 


A letter was presented from the County Court of Coos County stating 
its willingness to convey unto the State of Oregon the Silver Falls recreation- 
al area in order that it may be developed as one unit with the Golden Falls 
State Park. The Commission ordered that this letter be acknowledgea with 


The Commission had under discussion the request of Mr. Fred Caughell, 
Gold Beach, Oregon, to be released. from an option that he gave to the state, 
covering certain property needed as a stock pile site adjacent to the Oregon 
Coast Highway in Curry County, so as to permit him to sell this property to 
another party. The Engineer advised that the property is needed for highway 
purposes and recommended that the option be not cancelled. The Commission &p- 
proved the recommendation. 


The State Parks Superintendent, Mr. S. H. Boardman, was present and 
reported on the following pars meters: 


Proposed lease of 1150 acres of land located in the Crooked River 
Canyon, Jefferson County:- The Parks Superintencent advised that he has se- 
cured from the Government a 95-year lease on this tract, which is an outstand- 
ing recreational area. He recommended acceptance of the lease. The Commis- 
sion approved the recommendation. (Lease was signed on the following day.) 
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name of the State of Oregon. The said properties hereby ordered and author- 
ized to be acquired are as follows: 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Astoria Section - Oregon Coast Highway 
5925-Astoria, City of Maintenance Gratis Collins 
Site 16,650 sq.ft. 


- e 
6178-Austin, Ada R. Stock Pile 
Site 1.0 Lump Sum $50 McChesney 


& ~ c 
5123-Siglin, Michael aM 8, 736 sq.ft.at 4é sq.ft. Benson 
Yerehfield—Coquille Section — OFegon-Cosst gn 
171-Prentice, John A. ® 2,260 sq.ft.Lump Sum $1000.00 Benson 


Columb = Ay Se m — Pa 
5078-Murphy, E. G. 5,250 sq.ft.Lump Sum $840.00 Kaufer 
soz ycampbell, James " 2,126* © * " $600.00 m 
5059-McGuire Construction Co. " 6 lots 2 lots at lump sum $1940 

2 n A] " uw 1910 

2 u " n 560 uw 


Bojle Creek Section - Oregon Coast Highwa 

4,185-Sunset: Investment Co. R/W 51,019 sq.ft.42,580 sq.ft.au 5¢ sq.ft. 
4,039 sq.ft.at 25¢ sq.ft. 
1,836 sq.ft.at sq.ft. 


2,264 sq.ft.at 6f sq.ft. 


McCallister 
em-12th Street Junct tion - Pacific bwa: 
5770-Hunt, Kate V. Rench 20,517 sq.ft. at 2a¢ sq.ft.+$117 *>: 
5579-Allison, Ethel T. and 
Thomas, A. L. " 7,240 sq.ft. at 4f sq.ft.t §260 
plus fencing 
5915-Allison, Ethel T. and 
Thomas, A. L. bd 1,383 sq.ft. at 8q-ft.+ $37.50 ba 
5778-Kantner, W. C. " 888 sq.ft. at 24¢ sq.ft. + $20 ° 
e t -3 ord-Provolt Hi 
94-Moore, Emma Stock Pile 0.97 Lump Sum $40 + fencing Lytle 
volt- t - Medford- olt Highwa: 
6193-Buckley, Rose A.et al Stock Pile 0.90 Lump Sum $50 Lytle 
6195-Harriott, Helen C. Stock Pile 0.92 Lump Sum $40 + fencing "* 
las Coun -Tra - Tiller-Trail Wi 
6094-Dwinnel, Stanley W. 4.07 $15 per a. McCallister 
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The Engineer reported that in accordance with authority previously 
granted him by the Commission he has awarded contracts as follows, bids for 
which were received on July 21, 1938: 


Sandy Boulevard Section of the Columbia River Highway in Pcrt- 
land. Contract awarded July 25 to Kern & Kibbe, who submitted the 
low bid therefor. 


Malone-California Line Section of Whitney County Road, in 
Klamath County. 1.51 miles road-mix surfacing. Contract awarded 
July 28 to Clifford A. Dunn, Klamath Falls, who submitted the low 
bid therefor. 


The Commission approved the awards as reported by the Engineer. 


The Engineer requested authority for Assistant Construction Engi- 
neer Paul VanScoy to go to Seattle at state expense for an inspection of port- 
able well drills which are needed in connection with certain tests and inves- 
tigations that ere to be conducted in connection with the construction of high 
fills on soft ground. He estimated that this expense would not exceed $15.00. 
a Commission approved the request, subject to further approval by Governor 

tin. 


The Commission discussed the matter of inspecting the Baker-Homesteac 
Highway in Baker County in company with the Baker County Court. It was decid- 
ed to inspect this highway immediately following the hearing that is to be held 
in Pilot Rock on August 23. (Dete later changed to August 30.) 


The Engineer brought up for discussion and read aloud a letter from 
the "Oregon's San Francisco and New York World's Fair Commission", in which 
the Highway Commission was requested to authorize the State Treasurer to trans- 
fer immediately the sum of $20,000 from the state highway fund to the account 
of the World's Fair Commission in accordance with previous agreement. He also 
read aloud a suggested reply to such communication, dated August 3, 1938, in 
which he pointed out that the State Highway Commission cannot legally transfer 
such amount in the manner desired because the only way that the state highway 
funds can be used in connection with the work of the World's Fair Commission 
is by reimbursing that Commission for advances made for goods or services, ex- 
penditures for which have been previously approved by the State Highway Commis- 
gion in accordance with the provisions of the agreement between the two commis- 
sions which has heretofore been decided upon and which is now being preoared 
as a result of the previous conferences on the subject. After discussion, the 
Coumission approved the Engineer's reply unanimously, it being in conformance 
with the ideas of the Commission on the subject as heretofore expressed. 


In this connection the Attorney presented a form of agreement be- 
tween the two commissions covering the subject under discussion. This was 4&p- 
proved by the Commission, with several slight changes. 


The matter of passing on payments to the World's Fair Commission was 
discussed briefly. The Commission decided that the State Highway Enyineer 
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Acquisition of Multnomah Falls property:- The Parks Suoerintendent 
advised that the U. S. Forest Service has indicated a willingness to accept 
from the City of Portland, as an addition to the UJ. S. Forest Recreational 
Area, the Multnomah Falls property and all of the city's property lying south 
of the 0.W.R. & N. railroad. In view of the reyort, the Commission decided to 
accept as a gift from the City of Portland the balance of the Multnomah Falls 
area, which includes what is known as Benson Park and Wahkeens Park, lying be- 
tween the railroad and the Columbia River. The Commission also decided to ac- 
cept from the City of Portland a l0-acre tract at a place known as Shepperd's 
Dell, which tract also lies between the railroad and the Columbia River. The 
Parks Superintendent was instructed to complete negotiations as soon as pos- 
sible. The Ingineer was authorized by the Commission to make a survey of the 
boundary lines and to set property stakes as may be required. 


Consideration was given by the Commission to the Marcus Whitman Ho- 
tel sign that is being maintained adjacent to the right of way of the Old Ore- 
gon Trail just east of Pendleton, which sign bears incorrect information as to 
the distance from Pendleton to Seattle. The Attorney was instructed to inform 
the hotel that the sign must be corrected to meet the Oregon requirements, orbe 
removed. 


The Attorney was also instructed to take similar action in regard to 
some signs that are being maintained by the Yakima Chamber of Commerce adja- 
cent to the Old Oregon Trail, directing traffic to the Patterson Ferry across 
the Columbia River. 


The matter of charging contractors and material dealers for proposal 
forms and plans for highway construction projects had the attention of the 
Commission. The matter was referred to the Ingineer for investigation and 
recommendation. 


The Engineer requested authority to purchase 10 trucks of 2}-and 3- 
ton capacity equipped with dump bodies, and to trade in as part purchase price 
on the same 10 old trucks that have outlived their usefulness. He estimated 
that the total outlay to the state would be about $40,000. The Commission au- 
thorized the purchase of this equipment through the State Purchasing Agent. 


The Commission also authorized the purchase of certain equipment, 
estimated to cost about $200, which is needed in connection with the examina~ 
tion of the vision of state highway department employees. 


The Engineer reported that the 1939 Federal Lands Highway Program 
contains an allotment of $25,000 for the Forest Boundary-East Section of the 
Warm Springs Highway in Wasco County. He advised that that portion of the 
Warm Springs Highway has not been designated as a state secondary bichway, 
the highway now ending at the Jefferson-Wasco County line. He gave as his 
thought that the secondary highway should be extended fra. its present termi- 
nus to a connection with the Wapinitia Highway, and so revommended. The Com- 
mission concurred in the viewpoint of the Engineer and instructed him to con- 
fer with the Wasco County Court relative thereto, and to ask the Court to pe- 
tition the Commission for such designation. 
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Contract No. 2018, with Saxton, Looney & Risley, for 
furnishing crushed rock for the Hebo Rock Production Proj- 
ect on the Oregon Coast and McMinnville-Tillamook Highways, 
in Tillamook County. Completed June 14, 1938. 


Contract No. 2022, with McNutt Bros., for grading and 
topping the John Day-Oliver Ranch Section of the John Day 
Highway, in Grant County. Completed July 28, 1938. 


Contract No. 2048, with Mountain States Construction 
Company, for the construction of Lake Lytle Outlet Bridge 
on the Oregon Coast Highway, in Tillamook County. Com- 
pleted July 31, 1938. 


Contract No. 2054, with Rogers Construction Company, 
for surfacing, oiling, and rock production on the Hermis- 
ton-Cold Springs Section of the Hermiston Secondary High- 
way, in Umatilla County. Completed July 6, 1938. 


Contract No. 2059, with Babler Bros., for oiling the 
Middle Bridge-Black Bridge Section of the Baker-Homestead 
Highway, in Baker County. Completed June 21, 1938. 


THEREFORE, BE IT RESOLVED, that the work covered by said 
state highway contracts for the construction of said state highway 
projects be declared completed according to the terms of the re- 
spective contracts, and said jobs ere hereby accepted and final 
payment in connection with each is hereby authorized. 


The Commission adjourned at 10:00 o'clock p. m., to reconvene on 
the following morning in the Auditorium of the Public Service Building. 


Portland, Oregon, August 4, 1938 


The State Highway Commission reconvened at 9:00 o'clock a. m. in 
the Auditorium of the Public Service Building. Present were E. B. Aldrich, 
Commissioner and Acting Chairman; F. L. Tou Velle, Commissioner; R. H. Bal- 
dock, State Highway Engineer; J. M. Devers, Attorney; and H. B. Glaisyer, Sec- 
retary. Chairman Henry F. Cabell was absent. 


Bids as follows for highway construction projects and for the pur- 
chase of buildings and remodeling of the Highway Department offices in Salem 
were opened and read in conformance with previously published notice: 


OREGON COAST HIGHWAY 
ARCH CAPE-BEACH CREEK SECTION — GRADING 


A. C. Greenwood, Inc. $128, 832.50 
McNutt Bros. 138,972.60 


(Continued on next page) 
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should be held responsible for such feature and thereupon authorized him to 
act as the Highway Commission's representative with respect thereto, and in 
all matters between the two commissions. 


A letter was presented from the port of The Dalles requesting the 
immediate improvement of the bridge across the John Day River on the Sherars 
Bridge Secondary Highway, which bridge is now posted for a 5-ton load limit. 
The Engineer advised what it would be too costly to rebuild this structure, 
but he suggested that it be repaired and bolstered up with falsework so as to 
make it eg for 10-ton loads. The Sommission approved the suggestion and 
so ordered. 


The Commission considered and ordered filed a newspaper item from 
the Oregon City Banner-Courier relative to the construction of the East Port- 
land-Oregon City Highway through Oregon City, and the suit that is under way 
for acquisition of rig:t of way for the same. 


The Commission also considered and ordered filed for future consider- 
ation a petition signed by numerous citizens of Depoe Bay and vicinity, urging 
the early construction of the proposed revision of the Oregon Coast Highway at 


Depoe Bay. 


& letter was presented from the Timberline Lodge, Inc., requesting 
permission to maintain on state highway rights of way signs advertising Tim- 
berline Lodge. The Commission denied the request as a matter of policy. 


A petition was presented, signed by numerous taxpayers of Monmouth 
and vicinity, urging the oiling of that portion of the Kings Valley Secondary 
Highway between Maple Grove, Oregon, and the Polk-Benton County Line. The 
Commission denied the request on account of lack of funds to finance the im- 
provement. The Secretary was instructed to so inform the petitioners. 


The Commissior had under discussion a resolution from the City Coun- 
cil of Nyssa, Oregon, requesting the improvement of Main Street in their town 
by bard-surfacing and oiling full width from the Oregon Short Line Railroad 
right of wey to their high school grounds. The Commission denied the improve- 
ment on account of tack of funds to finance the same. 


The Engineer reported that contracts Nos. 2018, 2022, 2048, 2054, 
and 2059, for the construction of state highway projects, have been c 
according to the terms and provisions of the contracts and said jobs are now 
ready for acceptance. The following resolution accepting the above mentioned 
projects was offered and wes adopted by the unanimous vote of the Commission- 


ers present: 


WHEREAS, the Engineer has reported that the following 
State Highway Commission contrects for the construction of state 
highway projects have been completed according to the terms and 
provisions of the contracts or modifications thereof and said jobs 


are now ready for acceptance: 
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UMAPINE SECONDARY HIGHWAY 
UMAPINE-SUNNYSIDE SECTION - GRADING, SURFACING, OILING 


Edwin C. Gerber $34,230.50 
Standard Asphalt Paving Company 36,448.50 
Saxton, Looney & Risley 38,978.50 
Rogers Construction Company 39,731.50 
Newport Construction Company 4A; 562. 

Homer G. Johnson 46,019.50 
H. L. Rice 48,231.00 


KLAMATH COUNTY 
CONSTRUCTION OF A FRAME BUILDING AT KLAWATH FALLS 


G. I, Stebbins Construction Company $12, 764.00 
E. Gray 13,178.00 
Brosterhous Construction Company 13,598. 75 
MARION COUNTY 
REMODELING A PORTION OF THE STATE OFFICE BUILDING AT SALEM 

Erwin E. Batterman - $ 2,898.90 
Carl Bahlburg 3,448.00 
Viesko & Hannaman 3,469.80 
Allen V. Moore 4,002.36 

OF BUILDINGS IN NORTH POR’ 
Lebeck & Son submitted a lump sum bid for both buildings of $243.00 

BUILDING NO.5059-A 
(At 1626 N. McClellan Street) 

(Former Owner McGuire Construction Co.) 
McGuire Construction Company $176.00 
Sullivan Wrecking Company 37.98 

BUILDING NO.5059-B 
(1616 N. McClellan Street) 

(Former Owner McGuire Construction Co.) 
McGuire Construction Company $176.00 
Sullivan Wrecking Company 27.92 


Acting Chairman Aldrich announced that the awards of contracts and the sale 
of buildings would be made at 2:30 o'clock p. m. in the same room. 


Mr. Dewey D. Gault, Portland, came before the Commission and asked 
the Commission's aid in construction of an approach to his dock, which is lo- 
cated in the Columbia River near the Denver Avenue-Union Avenue intersection. 
The Commission referred the matter to the Engineer for investigation. 
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(arch Cape-Beach Creek Section, continued) 


Kern & Kibbe $139,111.20 
Leonard & Slate 139,586.00 
Roy L. Houck _ 146,201.00 
M. L. O'Neil & Son . 150,416.50 
Berke Bros., Inc. 153,838.50 
Fisher Bros. 156,003.50 
F. C. Dillard 157,879.00 
Williams & Douglas 160,960.00 
K. L. Goulter 171,538.00 
J. A. Lyons 175,210.00 
Colonial Construction Company 179,040.00 
Joplizi & Eldon 197,362.09 
Harold Blake 203,455.00 
COOS RIVER SECONDARY HIGHWAY 
CATCHING SLOUGH BRIDGE SECTION - GRADING AND BRIDGE 


J. W. & J. R. Hillstrom $ 64,986.00 
Coos Bay Dredging Company 65, 734-40 
Tom Lillebo 1,473.75 
C. J. Montag & Sons 80,023.50 


CENTURY DRIVE SECONDARY HIGHWAY 
BEND SECTION - GRADING AND SURFACING 


Fisher Bros. 

River Bend Sand & Gravel Company 
Babler Bros. 

H. L. Rice 

0. C. Yocom 


WILLAMETTE HIGHWAY 
SALT CREEK SECTION — CLEARING 


F. C. Dillard 
Heller & Gilgannon 


AIBANY-LYONS SECONDARY HIGHWAY 
FLEMING RANCH-SCHINDLER BRIDGE SECTION - ROADBED AND BRIDGE 


Leonard & Slate 

Mountain States Construction Company 
Harold Blake 

E. C. Hall & Snook Bros. 

Birkemeier & Saremal 


Joplin & Eldon 
PACIFIC HIGHWAY EAST 


SHEDD-HALSEY SECTION - ROADSIDE IMPROVEMENT 
D. L. Ashton 
Leonard & Slate 
River Bend Sand & Gravel Company 
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property in accordance with arrangements made with the State Parks Superin- 
tendent, which is to the effect that the city will deed to the state all of 
the land lying between the 0.W.R.R.& N. railroad track and the Columbia River 
for about a mile and a half along the highway, including Multnomah Falls, Weh- 
keena Falls, and Benson Park, and will deed to the U. S. Forest Service that 
portion of the city property at Multnomah Falls which lies south of the rail- 
road track, so that this area may be included in the U. S. Forest Service Rec- 
reational Area. He said that the city is glad to make this transfer but wants 
to urge the rapid development of the property for public use. He suggested 
the immediate construction of a dock for excursion boats »pposite the Multno- 
mah Falls Hotel, and expressed a wish that the Commission would consult the 
city authorities relative to the development of the entire area. 


Commissioner Aldrich advised that it would be the natural thing for 
the Commission to consult with the city officials in regard to the development 
of this tract, but he pointed out that the present Commission cannot commit 
future commissions. After further discussion the Commission voted unanimously 
to accept this gift from the City of Portland, with the conditions mentioned 
by Mr. Riley but subject to the securing of releases from the 0.W.R.R.& N. 
Company and from Mr. Simon Benson, who gave Benson Park to the City of Port- 
land. The conference was concluded with the understanding that the City Attor- 
ney of Portland would prepare the necessary papers at once, including the re- 
lease forms, and that these papers would be passed on by the Commission's At- 
torney before they are executed. 


County Judge Guy Boyington and County Commissioner William Larson 
of Clatsop County wére present. They thanked the Commission for contracting 
the Arch Cape Tunnel Project on the Oregon Coast Highway, which will result 
in the opening up of this coast route in 1939; and asked the Commission to 
designate as a future secondary highway the county road extending from the 
Oregon Coast Highway to Fort Stevens. Commissioner Aldrich explained that 
all three members of the State Highway Commission must be present to designate 
a secondary state highway, so the placing of the Fort Stevens road on the sec- 
ondary highway system must await the return of Mr. Cabell from Burope. 


The Commission adjourned for luncheon at 12:10 o'clock p. m., and 
reconvened at 2:00 o'clock p. m. in the same room with the same members pres~ 
ent and participating. Also present were the State Highway Engineer, the At- 
torney, and the Secretary. 


Consideration was given by the Commission to the bids received at 
the morning session for the construction of P.W.A. projects. The Commission 
decided to award the contracts for the Catching Slough Bridge project, the 
Fleming Ranch-Schindler Bridge project, and for the Umapine-Sunnyside project 
to the low bidder in each instance, the Commission having been previously in- 
formed that the awards meet with the approval of the Regional Director of the 
Public Works Administration. 


Moved by F. L. Tou Velle and seconded by E. B. Aldrich that the con- 
tract for the construction of the Catching Slough Bridge be awarded to J. W. 
and J. R. Hillstrom, 6f Marshfield, Oregon, for the sum of $64,986.00. 
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The Commission discussed the matter of the encroachment of the Harry 
Elbon residence building on state property adjacent to the Lower Columbia Riv- 
er Highway, near Scappoose. It appears that Mr. Elbon owns land between the 
highway right of way and the abandoned right of way of the United Railways 
Company, which is now owned by the state; and whem he built his house he 
thought he wis locating it on his own property, but inadvertently encroached 
on the old railroad right of way about 12 feet, and the mistake was not no- 
ticed until the house was completed. It also appears that in order to correct 
the mistake and to avoid the expense of moving the house, Mr. Elbon is willing 
to deed to the state other property that he owns along the highway, which is 
much better suited for highway purposes, if the state will deed to him the 
state land on which his house is located. The Engineer advised that the land 
on which Mr. Elbon's house encroaches is not particularly valuable from the 
highway standpoint because it is separated from the highway by private prop~ 
erty, whereas the tract that he wishes to deed to the state joina the highway 
right of way and is much better suited for highway use. He recommended ac- 
ceptance of Mr. Elbon's offer. After discussion the Commission approved the 
Enginéer's recommendation. 


Mr. William Baer, County Commissioner of Deschutes County, was pres- 
ent and discussed the Commission's claim against the county for reimbursement 
for certain costs incurred by the state in connection with the construction 
of the Upper Tumalo Section of the Tumalo Falls-Bend County Road. The Engi- 
neer explained that this project was built as a federal feeder road project 
and was financed with funds made available under the Emergency Relief Appro- 
priation Act of 1935; also, that it was anticivated that certain expense 
would be incurred which could not be collected from the Federal Government; 
and, for thai reason, an agreement was made with the county court providing 
for payment by the county of the non-reimbursable items, which amount to 
$1, 262.88. 


Mr. Baer stated that Deschutes County eccepts this debt but does 
not have sufficient funds available with which to pay it now. The suggestion 
was offered that the county assign to the Commission $1,262.88 from its share 
of the motor vehicle and gasoline tax moneys that will be due and payable to 
the county on December 15, 1938. Mr. Baer expressed satisfaction withsuch an 
arrangement, whereupon the Commission instructed the Attorney to prepare an 
appropriate form of assignment covering the matter. 


Mr. Stephen A. Hull, President of The Dalles & Southern Railroad 
Company, The Dalles, was present and asked perwission to construct 6 roadway 
ayproach from the company's property adjacent to the Columbia River Highway 
near the east city limits of The Dalles, to the Columbia River Highway, ne~ 
cessitating special roadway construction on the highway right of way for a 
short distance. The Commission referred the matter to the Engineer for in- 
vestigation and report. 


Mr. R. E. Riley, City Commissioner, Portland, was p®esent and dis- 
cussed with the Commission the matter of the city's conveying unto the state 
city-owned land at Multnomah Falls and at Shepperd's Dell. He said that the 
City of Portland is ready and willing to proceed with the transfer of this 
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in this location because no doubt it would be unsightly and would detract 


from the beauty of the highway. However, it appears that the matter is en- 
tirely out of the Commission's jurisdiction. 


At 2230 o'clock p. m. Acting Chairman Aldrich announced the follow- 
ing awards of contracts for which bids were received at the morning session, 
the awards having been previously approved by the unanimous vote of the Com- 
missioners present: 


“arch Cape-Beach Creek Section of the Oregon Coast Highway, in 
Clatsop and Tillemook Counties. 2.18 miles grading. The low bid 
received for thins project was that of A. C. Greenwood Company, Inc., 
Portland, at $128,932.50. The next low bid was that of Mchutt Bros., 
Eugene, at $136,972.60. There were 13 higher bidders. The Comnis- 
sion awards this contract to A. C. Greenwood Company, Inc., at its 
low bid of $128,852.50. 


"Catching Slough Bridge Section of Coos River Secondary Highway, 
in Coos County. 0.27 mile grading and a steel and timber bridge over 
Catching Slough. J. W. & J. R. Hillstrom, Marshfield, submitted the 
low bid for this project at $64,986.00. The next low bid was submit- 
ted by Coes Bay Dredging Company, Marshfield, at $65,734.40. There 
were 2 higher bidders. The Commission awards this contract to the 
low bidders, J. W. & J. R. Hillstrom, at their bid of $64,986.00. 


"Bend Section of Century Drive Secondary Highway, in Deschutes 
County. 1.2 miles grading and surfacing. Fisher Bros., Oregon City, 
submitted the low bid at $9,731.50. The next low bid was submitted 
by the River Bend Sand & Gravel Company, Salem, at $10,492.50. There 
were 3 higher bidders. The Commission has referred all bids received 
for this project to the Engineer with power to award the contract to 
the low bidder when certain conditions have been fulfilled. 


"Construction of a frame building, 32'x140', complete with heat- 
ing plant, at Klamath Falls, in Klamath County. G. I. Stebbins Con- 
struction Company, Klamath Falls, submitted the low bid at $12,764.00. 
The next low bid was submitted by E. Gray of Klamath Falls, at 
$13,178.00. There was only 1 other bidder. The Commission rejects 
all bids received and has ordered the project readvertised. 


"Salt Creek Section of the Willamette Highway, in Lane County. 
Clearing 3.16 miles of highway right of way. The Commission re- 
ceived only 2 bids for this project, the low one being that of F.C. 
Dillard, Medford, at $14,100.00. The other bid was that of Heller 
& Gilgannon, Scappoose, at $18,150.00. The Commission has awarded 
this contract to F.C. Dillard at his low bid of $14,100.00. 


"Fleming Ranch-Schindler Bridge Section of the Albany~Lyons 
Secondary Highway, in Linn County. 1.62 miles of highway roadbed and 
a concrete bridge approximately 232 feet long over Thomas Creek. The 
low bid received for this project was that of Leonard & Slate, Mult- 
nomah, at $46,352.00. The next low bid was that of Mountain States 
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The following resolutions relative to the award of contracts for the 
Fleming Ranch-Schindler Bridge Project and the Umapine-Sunnyside Project were 
adopted by the Commission by the unanimous vote of the Commissioners present: 


WHEREAS, the bids received for the construction of P.W.A. 
Docket 11&-F at Linn County, Oregon, have been duly opened, read 
and compared, and it appears that Leonard & Slate is low bidder, 
after taking alternate deductions; and 


WHEREAS, such bid is wit>in the available funds of $53,000; 


NOW, THEREFORE, BE IT RESOLVED, That the contract for the 
construction of said P.W.a. Docket 118&,-F be and the same is hereby 
awarded to Leonard & Slate for the sum of $46,352.00. 


WHEREAS, the bids received for the construction of P.W.A. 
Docket 1190-F at Umatilla County, Oregon, have been duly opened, 
read and compared, and it appears that Edwin C. Gerber is low bidder, 
after taking alternate deductions; and 


WHEREAS, such bid is within the available funds of $44,600; 
NOW, THEREFORE, BE IT RESOLVED, That the contract for the 


construction of said P.W.A. Docket 1190-F be and the same is hereby 
awarded to Edwin C. Gerber for the sum of $34,230.50. 


The Commission decided to readvertise the Klamath Falls building 
project inasmuch as unsatisfactory bids were received for such project. 


The Secretary was authorized and instructed by the Commission to no- 
tify the Public Works Administration and the U. S. Bureau of Public Roads, in 
writing, of the action taken by the Commission with respect to the award of 
each of the above-mentioned P.W.A. projects. 


The Attorney reported a possibility that it will be necessary to in- 
stitute condemnation proceedings to acquire right of way that is needed for 
several of the jobs for which bids were opened at this session. He requested 
authority to institute such proceedings if further investigation indicates 
that to be necessary, and particularly to institute a friendly condemnation 
suit against the Northern Pacific Railroad Company to acquire right of way 
for the Bend Section of Century Drive Secondary Highway. The Commission ap- 


proved the request. 


Mr. Bill Smith, representing the Pacific Portland dement Company, 
was present and inquired whether or not the State Highway Commission would 
have any objections to interests that he represents securing and operating @ 
gravel plant in Hood River about a quarter of a mile above the Columbia River 
Highway Bridge. He said that the proposed operation will be readily seen 
from highway and because of this the pete whom he represents want to 
make certain that the Commission has no objections to it before proceeding 
with their plans. In the discussion of this matter it was brought out that 
the vel is located on a small island a considerable distance beyond 
the limits of the highway right of way, hence the State Highway Department 
would have no jurisdiction over the same. Mr. Smith was informed by Commis- 
sioner Aldrich that tne Commission prefers that a cravel plant be not opera 
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Agreement with the Southern Pacific Company terminating the 
lease of a stock pile site at Hillsboro. 


Agreement with the 0.W.R.R.& N. Company and the Union Pacific 
Railroad relative to the encroachment of the Lombard-Killingsworth 
Section of Northeast Portland Secondary Hignway upon the Railroad 
Company's right of way, being right of way transaction R-5413. 


Agreement with Shell 0il Company covering the matter of moving 
buildings and other facilities from the Shell Oil Company property 
in Portland, which property is being acquired by the state for right 
of way for the Columbia Boulevard-Harding Avenue Section of the Pa- 
cific aor West (Interstate Avenue), being right of way transac- 
tion 5383. 


Agreement with Alvina H. Borland and R. S. Borland, authoriz- 
ing the Borlands to occupy certain property which they have deeded 
to the state at Grants Pass for right of way purposes, being right 
of way transaction 6105. 


Quitclaim deed conveying unto Relph I. Robertson and wife 8&% 
sq.ft. of land situate in the NW} of the ww of Section 21, Town- 
ship 40 S, Range 2 £, Wi. M., Jackson County, being right of way 
transaction 5181. 


Bargain and sale deed conveying unto Frank D. Vetter and wife 
ag6 acre in the N+ of the SE of Section 25, Township 38 S, Range 
1 W, W.M., Jackson County, being transactions 4571, 4578, and 4569. 


There being no further business to come pefore the Commission at 
this time, the meeting was adjourned at 2:4 lock p. m. 


gi i Acting C 
State Highway Engineer =— ey g : 


blprtela cee raw 4 ha 
Secretary Od Commissioner 


LY 
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Construction Company, Eugene, at $47,666.00. There were 4 higher bid- 
dere. The Commission awards this contract to the low bidders, Leonard & 
Slate, at their bid of $46,352.00. 


"Shedd-Halsey Section of the Pacific Highway East, in Linn Coun- 
ty. 6.78 miles roadside improvement. D. L. Ashton, Lebanon, submit- 
led the low bid at $3,604.25. The second low bid was tit of Leonard 
& Slate, Multnomah, at $3,761.00. There was 1 higher bidder on this 
project. The Commission awards this contract to D. L. Ashton at his 
low bid of $3,604.25. 


"Ymapine-Sunnyside Section of Umapine Secondary Highway, in Uma- 
tilla County. 5.64 miles greding, surfacing and oiling. [Edwin C. 
Gerber, Oregon City, submitted the low bid for this project at 
$34,230.50. The next low bid was that of Standard Asphalt Paving 
Company, Spokane, Washington, at $36,448.50. There were 5 higher 
bidders. The Commission has awarded the contract to the low bidder, 
Edwin C. Gerber, at his bid of %34,230.50. 


"Buildings in North Portland. Buildings Nos. 5059-a and 5059-B, 
both formerly owned by the McGuire Construction Company of Portland, 
and located at 1626 N. iicClellan Street and 1616 N. McClellan Street, 
respectively, in the city of Portland. The bid of the McGuire Con- 
struction Company, at $176 each, was the high bid received for these 
buildings. The second high bid was that of Lebeck & Son, Portland, 
at a lump sum of $253.00 for both buildings. The third and only 
other bidder was the Sullivan wrecking Comyany of Portland. The 
Commission awards the sale of these buildings to the high bidder, 
the “McGuire Construction Company, at its bid of $176.00 each. 


WRemodeling a portion of the State Office Building in Salen, 
Marion County. Removal of approximately 370 lineal feet of old par- 
titions and construction of approximately 510 lineal feet of new 
partitions, complete with doors, paneling, etc. Erwin E. Batterman , 
Salem, submitted the low bid for this groject at 42,898.90. Carl 
Bahlburg, Salem, submitted the next low bid at $3,448.00. There 
were 2 higher bidders. The Commission awards the contract to the 
low bidder, Erwin E. Batterman, Salen, at his bid of $2,898.90." 


Consideration was given by the Commission to readvertising for bids 
for the construction of the Klamath Falls maintenance building and it was de- 
cided by the unanimous vote of the Commissioners present to receive bids for 
the construction of this building on Tuesday, August 23, 1938, at 2:00 
o'clock p. m. in the offices of Commissioner Aldrich in the East Oregonian 
Building, Pendleton. (This meeting wes later postponed one week, until Au- 
gust 30, 1938.) 


The Commission considered, approved, and signed the following agree- 
ments: 


Cooperative agreement with the United States of America providing 
for the lease of 1150 acres of land in the Crooked River Recreational 
area in Jefferson County. 
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He said that he oms property on this street and is of the opinion that it is 
the proper route for the highway, and visitors to their city will then enjoy 
the same privileges as do the local people in travelling over it. 


Mr. J. 0. Dryden stated that llth Street is 6 residence street and 
is the most beautiful street in the sity, being lined on both sides with or- 
namental trees. He expressed e preference for the highway to be routed on 
lith Street if the trees are not to be removed; otherwise, that the highway 
be retained in its present location on 9th Street. 


Construction Engineer H. G. Smith stated that both 9th and lith 

Streets are now too narrow to properly take care of traffic, and would have 
to be widened. His remarks were confirmed by John Beakey, Traffic Engineer 
for the State Highway Department. The Commission's Attorney advised that the 
Commission is without authority to extend its improvement beyond the curbs on 
any street without the consent of the city officials because the Commission's 
jurisdiction extends only to the curb line; however, the city officials have 
authority to remove tne trees beyond the curb line if they so desire. 


Mr. Peck, speaking again, urged the removal of trees on llth Street 
if that is necessary in order to secure the routing of the highway on such 
street. 


Dr. Lloyd Gass stated that he oms property on lith Street and fa- 
vors the rerouting of the highway on such street even if it is necessary to 
go to the extent of removing the trees therefrom. He urged the adoption of 


City Engineer E. A. Thomas suggested that new trees could be plant- 
ed to replace the old ones if they were cut dom. He pointed out that the 
present trees, for the most part, are of the poplar species with a big root 
pystem, end the city has been put to a great deal of expense in the past in 
repairing the sewer and water mains because of the roots. 


Mr. Earl Devlin, Manager of the Elk Hotel, spoke in favor of the 
llth Street route because it would bring more traffic near the Elk Hotel. He 
said that his argument is simply from a selfish business standpoint. 


Mr. H. V. Williams, salesman, gave as his thought that the highway 
should be rerouted in @ location that will do the most good for the rreatest 
number of people; and in his opinion the llth Street route fits that require- 
ment in the best possible manner. It was his thought that if the Commission 
should adopt the llth Street route, 6 considerable amount of traffic would 
still use the 9th Street route, but through traffic would be accommodated be- 
cause the confusion that now exists at the reverse turn on 9th Street will be 
eliminated if the route is changed to 11th Street. He gave as his «inion 
that it is unfair to continue to divert traffic from the business interests 
on llth Street because these people are entitled to a just share of the bus- 
iness that is created by such traffic. Mr. Williams also spoke for the Lith 
Street route from the aesthetic standpoint, stating that llth Street is 4 
more beautiful street than 9th Street and tourists entering their city on 
that street will receive a much better first impression. 
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Klamath Falls, Oregon, August 9, 1938 


The State Highway Commission met in the City Council Chambers of the 
Klamath Falls City Hall at 9:00 o'clock &. m., in accordance with formal noti- 
fication sent to the Mayor of Klamath Falls on July 7, 1938, for the purpose 
of securing expressions from the people of Klamath Falls with respect to the 
rerouting of The Dalles-California Highway within said city. Present were: 


E. B. Aldrich, Commissioner and Acting Chairman 
F. L. Tou Velle, Commissioner 

H. G. Smith, Construction Ingineer 

J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


Chairman Henry F. Cabell and State Highway Engineer R. H. Baldock were absent. 


Also present were 15 local citizens. Acting Chairman Aldrich called 
the meeting to order. He explained that the Commission had been requested by 
the Common Council of the City of Klamath Falls to determine whether or not 
the route of The Dalles-California Highway should be retained in its present 
location on 9th Street or should be rerouted on 11th Street, which is the pur- 
pose and object of this meeting. He called upon the Attorney to explain the 
legal features involved. The Commission's Attorney, J. M. Devers, explained 
the law which requires the State Highway Commission to hold a public hearing 
in an incorporated city or town before it alters or changes the route of any 
state highway into or through such city or tow, in order to give the local 
citizens an opportunity to express themselves either for or against the change. 
Construction Engineer H. G. Smith exhibited a map showing the proposed change, 
which is described as follows: 


Beginning at a point on The Dalles-California Highway at the inter- 
section of Main Street with 9th Street in Klamath Falls; thence continuing 
northerly along Main Street to llth Street; thence following along lth Street 
in a northwesterly direction to Upham Street; thence westerly along Upham 
Street to a connection with the present highway et Prospect Street. He ex~ 
plained briefly the engineering features involved in such change. Commission- 
er Aldrich then invited all present to express themselves in regard thereto. 


James Boyer stated that he lives on Oregon Avenue but oms property 
on llth Street. He gave as his thought that llth Street is the proper route 
for this highway from the traffic standpoint, particularly in order to elim- 
inate the dangerous condition that exists on the present route at the inter- 
section of Prospect Street and 9th Street, where, he said, many accidents oc- 
cur. He further stated that he was informed at one time by an engineer of 
the Highway Department that llth Street is the proper location for the high- 
way and would be adopted by the Highway Commission if the city would build @ 
bridge over the canal on such street, which has been done, the people having 
voted bonds for the purpose, with the idea in mind that the Commission would 
reroute the highway in that location. 


Mr. J. S. Peck also spoke in favor of the llth Street route. 
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Mr. J. H. Hesse stated that he is satisfied to leave the decision 
up to the Highway Commissica. Mr. J. L. Blackburn favored the retention of 
the present route on 9th Street. He spoke in the interests of safety to chil- 
dren, and pointed out that ith Street would pass both the high schcol end 
grade school, and would be a death trap if it were the route adopted, inasmuch 
as there are no sidewalks on thet street. He said that not only do the school 
children use this street more than any other street in that section but that 
funerals must be routed along this artery also. He alleged that rerouting of 
the highway on llth Street would not eliminate the turns on the present route. 
He urged the Commission to leave the hightay in its present location from the 
safety standpoint. 


Mr. Chris Blantz urged the adoption of the llth Street route, as did 
also Mr. Lester Thompson, both being of the opinion that llth Street is the 
most natural route and that the majority of the people are in favor of it. 


Miss Dorothy Price, teacher in the public schools, spoke in the in- 
terests of school children, of whom she said that 50 per cent now use lith 
Street in going to and from school. She favored the routing of the highway 
on 9th Street and the opening up of Washington Street through to 9th Street 
in order to alleviate the congestion of traffic on llth Street. 


Messrs. Joe Rose and L. D. Collins also voiced a preference for the 
adoption of the llth Street route. lr. Lee Bean, Councilman, advised that 
the city built the bridge on llth Street in the interests of the city as 4 
whole, and because the Council felt that 11th Street was the most natural and 
feasible route for the highway; and for that teason, when the bridge was com- 
pleted, the Council asked the Commission to reroute the highway on the street 
on which this bridge is located. He alleged that the traffic hazards on the 
9th Street route are much greater than on the llth Street route. Furthermore, 
he said that llth Street is much better for industrial traffic because it 
takes industry where it wants to go sooner than 9th Street does, and, at the 
same time, avoids the congestion at 9th and Main Streets. 


There being no others present desiring to be heard on the subject, 
the hearing was declared concluded at 10:30 o'clock a. m. by Acting Chairman 
Aldrich, who advised that the Commission would consider the arguments present- 
ed and would make its decision later. 


Following the hearing the Commission was in session for e short time 
for consideration of routine matters, among which was the adoption of minimum 
wage rates to be paid laborers employed on the Klamath Falls building project 
which it is proposed to construct with P.W.a. funds. After some discussion, 
Commissioner Tou Velle moved the adoption of the following resolution in re- 
gard thereto, which motion was duly seconded and declared by Commissioner Al- 
drich to have passed by the unanimous vote of the Commissioners present. 


Klamath Fa Build ect PiA Docket — 


WHEREAS, a thorough investigation has been made of the 
hourly wage rates which are being paid in Klamath County, which is 
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Mr. Oscar Payton stated that he is in the fuel business and that he 
owns property along 9th Street and also resides on 9th Street. He spoke in 
favor of the llth Street route. He said that, under present conditions, be- 
cause of the narrowness of 9th Street and the large volume of traffic which 
uses this street, it is difficult for property omers to drive into their own 
driveways. It was his thought that a certain amount of traffic would use 9th 
Street regardless of whether or not it is a state highway route. He also said 
that he was one of those who voted for the bonds to finance the bridge on lith 
Street, being of the opinion at that time that the highway would be routed 
there; and he has spent more money in developing his property than he would 
have spent had he known that the highway route was not going to be changed. 
Mr. Payton also spoke for the adoption of the llth Street route from the 
standpoint of removing traffic hazards on the 9th Street route. 


Mr. Robert Currier stated that he lives along llth Street and re- 
cently purchased property there because it was his understanding that the 
highway would be routed on this street. He favored the llth Street route for 
business reasons. 


At this juncture Commissioner Aldrich inquired why the people of 
Klamath Fells thought thet the highway would be rerouted on llth Street if 
the city built a bridge over the canal on this street. 


Mr. Dryden, in reply, stated that, as far as he knew, the people 
had no official assurance that the highway would be routed on llth Street if 
the bridge were built there but the rumor was simply started end was based on 
a proposition of widening the old narrow bridge which had become hazardous 
and unsafe for vehicular traffic. 


Mr. F. W. Van Buskirk stated that he resides along llth Street. He 
denied statements that the rerouting of the highway had anything whatever to 
do with financing the new bridge on llth Street. This bridge, he said, was 
built simply to do away with the existing blind-end street, although some 
thought at that time that the Highway Commission would designate llth Street 
as the highway route if the prédge were built. He gave as his thought that 
the City Council made 4 mistake in asking the Highway Commission to adopt the 
llth Street route until it nad mace a study of traffic conditions. He submit- 
ted traffic counts taken by himself during certain times of the day on July 
9, 11, 15, 20, and 21, 1938, and declared that the traffic is now about as 
equally divided on 9th Street and llth Street as 4t could be. He urged the 
retention of the highway on 9th Street for the following additional reasons: 
1. llth Street passes two schools and a cemetery, which would present a haz- 
ardous condition for school children. 2. To preserve the trees on llth 
Street. 3. To eliminate congestion on Main Street. In this connection he 
suggested that e feasible route would be to follow the railroad into Klamath 
Falls on the north, which would eliminate the necessity to route traffic on 
either 9th or llth Street. The present route on 9th Street, he said, could 
be used until the Commission is ready to permanently reroute the highway 
through Klamath Falls. Mr. Van Buskirk said that most of the property owners 
residing on llth Street are opposed to the rerouting of the highway on that 
street because they do not want the extra treffic. 
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The Commission also had under consideration the matter of accepting 
the offer of the United States of Americe to aid in financing the construc- 
tion of highway improvements on the Woodburn-Mt. Hood Loop Secondary Highway 
at Molalla, in Clackamas County, and the acquisition of necessary lands and 
rights of way therefor. After discussion, the Commission accepted the said 
offer and, by affirmative vote of each of the Commissioners present, adopted 
the following resolution in regard thereto: . 


A RESOLUTION ACCEPTING THE OFFER OF THE UNITED STATES TO THE STATE 
HIGHWAY COMMISSION OF THE STATE OF OREGON TO AID BY waY OF GRaNT IN 
FINANCING THE CONSTRUCTION OF HIGHWAY IMPROVEMENTS ON THE WOODBURN- 
MT. HOOD LOOP SECONDARY HIGHWAY AT MOLALLA IN CLACKAMAS COUNTY AND 
THE ACQUISITION OF NECESSARY LANDS AND RIGHTS OF WAY THEREFOR. 


Be it resolved by the Oregon State Highway Commission: 


Section 1. . That the offer of the United States of America 
to the State Highway Commission of the State of Oregon to aid by way 
of grant in financing the construction of highway improvements on 
the Woodburn-Mt. Hood Loop Secondary Highway at Molalla in Clackamas 
County end the acquisition of necessary lands and rights of way 
therefor, a copy of which offer reads as follows: 


"P, W. 82396-55 
"FEDERAL EMERGENCY ADMINISTRATION OF PUBLIC WORKS 


“Washington, D. C. 
Dated: Aug 5 1938 
Docket No. Oreg. 1247-F 
"State Highway Commission 
of the State of Oregon, 


Salem, Oregon. 


1. Subject to the terms and Conditions (PWA Form No.230, 
as amended to the date of this Offer), which are made a part here- 
of the United States of America hereby offers to aid in financing 
the construction of highway improvements on Woodburn-Mt. Hood Loop 
Secondary Highway at Molalle (herein called the "Project") by mak- 
ing ea grant to the State Highway Commission of the State of Oregon 
(herein called the "Applicant") in the amount of 45 percent of the 
cost of the Project upon completion, 4s determined by the Federal 
Emergency Administrator of Public Works (herein called the "Admin- 
istrator"), but not to exceed, in any event, the sum of $6,462. 


2. By acceptance of this Offer the Applicant covenants 
to begin work on the Project as early as possible but in no event 
later than 10 weeks from the date of this Offer and to complete 
such Project with ali practicable dispatch, and in any event with- 
in 5 months from the commencement of construction. 
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the locality in which the proposed project (hereinafter referred to 
as "Project") is to be constructed by the Oregon State Highway Com- 
mission, to employees in each trade or occupation engaged in work 
of a nature similar to the work to be performed in the construction 
of said Project, and the prevailing hourly wage rates being paid in 
such locality to such employees for such work have been determined 
by an examination of the wage rates now being paid on the construc- 
tion of e new gymnasium in the City of Klamath Falls, this construc- 
tion project being the largest construction project under way et 
present in that locality, and an examination of the wage rates paid 
for grading, surfacing, and rock production on highway work which 
work is comparable to work to be performed on this project. 


NOW, THEREFORE, BE IT RESOLVED by the Oregon State Highway 
Commission of the State of Oregon that the following rates for the 
respective trades or occupations listed below shall be and are here- 
by fixed as the minimum hourly wage rates and have been determined 
in accordance with rates prevailing for work of a similar nature in 
the locality in which the project is to be constructed. 


Air compressor oper. $ .75 per Sheet metal worker $1.25 per hour 
Brick layer 1.50 per hour Shingler 1.20 per hour 
Building trades la- Fireman (steam shovel 
borers .624 per hour or hoist) .75 per hour 
Carpenter . per Grader operator 75 
Conc. mixer operator Hoist engr. (2 or more 
(1 sack capacity) per active drums) 1.20 
Crane operator - 1.20 per Jackhammer operator -75 
Crusher oper. (400 tons Labor, misc. unskilled .50 
per day or over) 1.20 Lather 1.25 
Crusher oper. (under Le Tourneau operator 1.20 
40C tons per day) 75 Master conc. finisher 1.25 
Drill dresser 1.20 Mason's tender 1.00 
Electrician 1.20 Mechanic 1.20 
Excavator oper. (types Painter 1.124 
comparable to Le Pitman -50 
Tourneau) Plasterer 1.50 
Glasier 1 per Powder man oS 
Iron worker per Power shove operator 1.20 
per Plumber . 


Pump man 
Reinf. steel setter per Teamster 
Roller operator per Truck driver 


BE IT FURTHER RESOLVED that the foregoing list of trades 
or occupations includes, to the best of our lmowledge, all the 
classifications of employees who will be engaged in work on said 
Project other than executive, supervisory, administrative, clerical, 

, or other non-manual works as such. 


BE IT FURTHER RESOLVED that there be transmitted with this 
resolution the substantiating data upon which the foregoing determi- 
nation is based. 
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A RESOLUTION authorizing R. H. Baldock, es State Highway 
Engineer, to file applications with the United States of America 
through the Federal Emergency Administration of Public Works for 
grants to aid in financing the construction of certain State High- 
way projects; and, the purchase of right of way necesgary to such 
construction. 


BE IT RESOLVED BY THE OREGON STATE HIGHWAY COMMISSION: 


1. That R. H. Baldock as State Highway Engineer, be and 
he is hereby authorized to execute and file applications on be 
of the Oregon State Highway Commission with the United Stetes of 
America for grants to aid in financing the construction of the fol- 
lowing State Highway projects. 


County ______ Section __Tpe of Work 


Sherman Moro-Wasco County Line Rock Production 
Jefferson Madras-Deschutes County Line Rock Production 
Josephine & 

Jackson Provolt Maintenance Project Rock Production 


__eeimetrmeiennntecee a OA EO 


2. That the said R. H. Baldock is hereby authorized and 
directed to furnish such information as the United States of Ameri- 
ca through the Federal Emergency Administration of Public Works may 
reasonably request in connection with the applications which are 
herein authorized to be filed. 


———$_———— 


The Attorney discussed with the Commission matters pertaining to 
the acquisition of right of way thatis needed for a revision of The Dalles- 

California Highway across the property of the Lamb Lumber Company at Modoc 

Point. It appears that the residence buildings in Modoc Point are heated by 
steam from the Lamb Lumber Mill, and that the company's steam pipes are con- 
structed overhead rather than underground. Further, that the company desires 
to continue to serve these buildings with overhead steam pipes, which will 
necessitate the construction of such pipe over and across the highway right 
of way, which is undesirable from the standpoint of the state. It also ap- 
pears that the company is not willing to let the state have right of way 
across its property unless it is allowed to construct its steam pipe line 


over the highway. 
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in Sherman County; Madras-Deschutes County Line rock production in Jefferson 

County; and the Provolt maintenance project in Josephine and Jackson Counties, 
which are estimated to cost a total of $44,000. After discussion the Commis- 
sion decided to secure P.W.A. funds to assist in financing these projects, 
possible, and thereupon adopted the following resolution authorizing the State 
Highway Engineer to file applications with the United States of America for 

grants for such purposes: 


if 
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3. This Offer is made subject to the express condition 
that, if the Administrator shall determine at any time that the Ap- 
plicant has paid or agreed to.pay, whether directly or indirectly, 

a bonus commission or fee to any person, firm or corporation for at- 
tempting to procure an approval of the Applicant's application, or 
for alleged services in procuring or in attempting to procure such 
approval, or for activities of the nature commonly know as lobbying 
performed or agreed to be performed in connection with the applica- 
tion, then the Administrator shall have the right, in his discretion, 
to rescind this Offer and any agreements resulting herefrom, and, in 
the event of such rescission, the United States of America shall be 
under no further obligation hereunder. 


“UNITED STATES OF AMERICA 


Federal Emergency Administrator 
of Public Works 


(Sgd.) E. W. Clark 


ee a ee 
For the Assistant Administrator* 


be and the same is hereby in all respects accepted. 


Section 2. That the State Highway Commission of the State 
of Oregon and the State of Orego1 agree to abide by all rules and 
regulations relating to such grant a copy of which rules and regula- 
tions were annexed to the Government's offer and made a part thereof. 
It is hereby covenanted that the work on the project described in 
the offer will be commenced as early as possible, but in no event la- 
ter than ten weeks from the date of this offer; and to complete the 
work with all practicable dispatch, and in any event within five 
months from the commencement of construction. 


Section 3. That J. M. Devers, Assistent Attorney General 
for Oregon, and Attorney for the State Highway Commission of the 
State of Oregon be and he is hereby authorized and directed forthwith 
to send to the Federal Emergency Administration of Public Works three 
certified copies of this Resolution and three certified copies of the 
proceedings of this Commission in connection with the adoption of 
this Resolution, and such furtler documents or proofs in connection 
with the acceptance of said offer as may be requested by the Federal 
Emergency Administration of Public Works. 


The Commission discussed the matter of securing P.W.A. grant funds 
to assist in the financing of rock production projects. Construction Engi- 
neer H. G. Smith advised that if the federal authorities will approve grants 
for such projects, the state could make a considerable saving because there 
are a number of such projects that should be undertaken soon. He particular- 
ly mentioned the following projects: Moro-liasco County Line rock production 
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road between Belknap Springs and the South Santiam Highway, is being trans- 
ferred to another location and will not be available for future maintenance 
work on this road, which leaves the Forest Service without sufficient funds 
to finance the class of work heretofore performed in removing snow and gravel- 
ling the road prior to and after the time when the road is open to travel. 

He inquired as to what cooperation the Forest Service can receive from the 
state in view of the circumstances. In the discussion of this matter it was 
pointed cut that the road in question is not a state highway, hence the Com- 
mission is without legal authority to expend state fwids for its improvement. 
The Commission ordered that the Forest Supervisor be so informed. 


The Secretary brought up the matter of authorizing the Assistant 
State Highway Engineer, Mr. C. B. McCullough, and Construction Ingineer H. G. 
Smith, to make an inspection of concrete pavements in the State of Washing- 
ton, at state expense, with @ view to securing needed information with regard 
to the construction of joints in such type of pavement, there being many good 
examples of such work in that state. He said that on January 7, 1938, the 
Comaission authorized these engineers to make this inspection trip but it now 
develops that Mir. McCullough will be unable to go and wishes the Lebor Rela- 
tions Engineer, Mr. Ray Webber, to go in his place. The Commission approved 
the change, provided it also meets with the approval of Governor Martin. 


The Commission discussed and authorized the making of a location 
survey of the North River County Road for 4 distance of approximately 6 miles 
north from Salem, same having been recommended by the Engineer. 


There being no further business to come before the Commission at 
thi ed at 11:30 o'clock a. m. 


Commissioner, and Acting Cha 
it~ 


Secretary og Commissioner 
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After considerable discussion the Commission instructed the Attor- 
ney to negotiate further with the company on the basis of allowing the over- 
head steam pipe, the company to accede to the wishes of the Highway Commission 
with regard to other matters, 4ncluding right of way, and to condem the right 
of way in the event the company will not settle with the Commission on such 


basis. 


The Commission had under consideration the request of the Engineer 
to purchase an industrial power unit at an estimated cost of $1,600, for use 
in connection with the operation of 4 crusher that is being used on the Wolf 
Creek Highway W.P.A. work. It was explained that power for such crushing op 
erations is now provided by an RD-7 caterpillar tractor which is valued at 
$7,000 and for which a rental of $500 per month is charged. It was also ex- 
plained that some 200,000 cubic yards of materiel will be crushed by this 
plant, in view of which it seems advisable to purchase a special power unit 
for the operation, thus releasing the RD-7 tractor for other work where the 
high rental rate would be justified. The Secretary advised that it is the 
recommendation of the Engineer that the new power unit be purchased. After 
discussion the Commission approved the Engineer's recommendation unanimously. 


The Commission discussed the matter of construction, as 4n experi- 
ment, of woven wire fence along the cut slopes on the Santiam Highway west of 


a point lmown as Hogg Pass to prevent the recurrence of snow slides such as 
blocked this highwey during the past winter. The Secretary presented a let~ 
ter from the Engineer in which he recommends an expenditure of about $3,500 


for such purpose, which would provide for the construction of about 3,500 
lineal feet of fence and cable; also, in which he recommends that this amount 
be added to the 1938 minor betterment budget if this project is approved, in 
view of the fact that no provision has been made heretofore for such expense. 

After discussion, the Commission approved the installation of this 
fence as recommended by the Engineer. 


A letter was presented from District Maintenance Superintendent D.J. 

Sage, Coquille, requesting instructions with respect to the disposal of a load 
of fir logs which were dumped on the Powers Secondary State Highway in Coos 
County. Mr. Sage advises that the logs are owned by S. A. Hutchinson, Powers, 

» and that they were dumped on the highway on July 18 by Mr. Hutchin- 
son's truck driver, ir. Jim Brewster, of Powers; further, that on July 19 he 
(Mr. Sage) notified both Mr. Brewster and Mr. Hutchinson to remove the logs 
from the highway right of way, but to date that has not been done. He re- 
quested instructions. The Commission ordered that the ower of the logs be 
again notified to remove them from the highway and if they are not removed 
within a reasonable length of time, that they be given to anyone desiring 
them; further, if no one can be found who is willing to remove the logs, then 
they are to be burned, as vrovided in Circular Letter No. 50, dated April 7, 


1938. 


A letter was presented from the Acting Forest Supervisor of the 
Willamette National Forest, Eugene, advising that the C.C.C. Camp at Belknep; 
which has heretofore supplied men and equipment to open up the Clear Lake 
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not be legal to expend state money on the old route. He suggested that the 
Government might assume the expense of raising the old bridge if that ap- 
peared to be necessary in order to meet the flood control requirements. 


Mr. Smith then inquired as to the possibilities of securing patrol 
headquarters a% Pilot Rock. He was informed by the Engineer that in the 
past when highway maintenance was carried on by horse-drawn equipment, the 
maintenance sections were much shorter than now when such work is done by mo- 
torized equipment, and under the circumstances it did not appear likely that 
pag al would be located in Pilot Rock because it is too close 
e . 


Mr. George Carus requested the oiling of the unoiled portion of the 
Oregon-Washington Highway between Pilot Rock and Heppner. He was informed by 
the Engineer that no funds have been budgeted by the Commission for such im- 
provement. Commissioner Aldrich advised that the section between lye and 
Heppner is not on the Federal Aid System, so any work that is done on such 
section will have to be paid for with strictly state money, and in view of 
the fact that there is a shortage of state money at the present time, it is 
doubtful that the Commission could finance the work in the near future. 


i 
eee SS 
> rare eee 


There being no others present desiring to be heard on any subject, 
Commissioner Aldrich concluded the hearing by thanking the people for the ex- 
pressions given and advising them that the Commission wouid take their sug- 
gestions under advisement and would make its decision relative to the pro- 
posed change at a future date. 


The meeting was adjourned at 10:20 o'clock a. m. 
| State Hi Engineer Co sio and Act Chairman 
a aw db OWA; 


[freaeare if (LLG 


c 


Commissioner 


Pendleton, Oregon, August 30, 1938 


The State Highway Commission met in regular session at 11:00 o'clock 
a. m. in the office of Commissioner E. B. Aldrich in the East Oregonian Build- 


ing. Present were: 
E. B. Aldrich, Commissioner and Acting Chairman 
F. L. Tou Velle, Commissioner 
R. H. Baldock, State Highway Engineer 


J. M. Devers, Attorney 
H. B. Glaisyer, Secretary 


County Judge Bert Johnson and County Engineer Harry Tamblyn, of 
Morrow County, were present. Judge Johnson inquired as to the plans of the 
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Pilot Rock, Oregon, August 30, 1938 


The State Highway Commission met in special session at 10:00 o'clock 
a. m. in the Public Library Building, in accordance with notice previously 
given to the Pilot Rock City Council, as required by law, to secure expres~ 
gions from the people of this town with respect to a proposed rerouting of the 
Oregon-Washington Highway in order to eliminate three right~angle turns in the 
present routing of such highway between the intersection of iain and Lewis 
Streets and a point near the intersection of the present highway with Balm 
Street. Present were: 


Aldrich, Commissioner and Acting Chairman 
Tou Velle, Commissioner 
. Baldock, State Highway Engineer 
M. Devers, Attorney 
B. Glaisyer, Secretary 


Also present were 15 local citizens. 


Commissioner Aldrich called the meeting to order and stated its pur- 
pose. He then called upon the Commission's Attorney to explain the necessity 
for the meeting from a legal standpoint. The Engineer then exhibited a map 
showing the proposed change and explained the plans for the improvement and 
the engineering features involved, following which Commissioner Aldrich in- 
vited all present to express their opinions, either for or ageinst the pro- 


posed change. 


Mr. George W. Done, City Recorder, stated ‘that, ih his opinion, the 
proposed change is 4 good one and will provide for a permanent improvement. 
He endorsed the project. Mr. M. D. Orange stated that he also approved the 
project and advised that he nas heard no objections to the proposed change. 


Dr. George Smith, Mayor, also approved the proposed change and gave 
as his thought that the people of Pilot Rock will be perfectly satisfied with 
it. He inquired whether or not the change would necessitate construction of 
a new bridge over East Birch Creek, and, if so, who would be responsible for 
the old bridge. He was informed by the Engineer that a new bridge would be 
constructed on the new alignment and that the city of Pilot Rock would have 
to assume the responsibilities and obligations with respect to the old bridge. 


Dr. Smith then advised that the U. S. Army Engineers propose to con~ 
duct a hearing in Pilot Rock on the following day with respect to improvements 
to control the floods in Birch Creek, and the question has arisen, if the old 
bridge has to be raised to meet the Government's requirements with respect to 
the flood control project, would the city have to pay this expense? He was 
informed by the Engineer that such expense would be the obligation of the city 
unless the Government would assume it. Commissioner Aldrich confirmed the 
Engineer's remark by stating that if the Commission proceeded to construct the 
highway on new alignment, then the maintenance of the old route and the old 
bridge located thereon would be the city's obligation because it would then 
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Scotts Butte-Blus Hountein Section — 1.0) Higneet 
5808-Wilkey, Fred 4.57 00 per a.+ $120.75 Wells 
Gilmo = ver 

—Smythe Bros., Inc. 13.73 $3.50 per a. Collins 


Sa94-Holt, Walter A. | , 
5925-Schwank, Gottlob R/W 8.45 


Bro = Line - Central Qregon 
6149-Houston, J. Floyd for 1.79 -00 per a McCallister 
Hauling Road 
6126-Houston, J. Floyd i 20.20 $1.00 per a+ $182 " 
6130-Verges, Dominique « 35.765 $1 per a.t+ $310 + con- 
struction of cattle 
guard 
6131-Vanlanduyt, E. ¥ 1.556 Lump Sum $2.50 
6136-Meeks, Bert H. " 0.549 Land $1 + moving build- 
ings (Est.at $125) . 
6138-Meeks, Herbert A. * 1.7%2 $1 per a. plus $57 . 
61,6-Stapleton, Stuart Gravel Pit 17.077 $5 per 4. " 
61,5-Desecutes County, G.P.& Haul Rd. 113.202 $l pera " 
6125-Deschutes County R/W 233.766 $1 pere " 
6137-Brookings, A. V. n 3.67 $l per a ® 
6132-Gross, Octavia Johnson " 9.54 $1 per a. " 
6148-Gross, Octavia Johnson " 2.02 $1 per a. " 
° } ion - ‘ord-Provolt 
*Brien, J. A- Gravel Site 3.13 Lump Sum $350 McChesney 
6181-McDaniel. W. H. " » 1.9 $100 per a. + $36.50 * 


Sa eet Junct = ifi Ea 
0-Foulks, rett B. 14,157 sq.ft. 5¢ sq.ft. 


5'766-Mork, C. B. (Correction) " 2,222 sq.ft. 


6163-Warren, A- 
6163-6-Lobart, Billet 
6163-4-David, Dwight 
6163-5—Jackson, John Jr. 
6163~10-Hicks, Rufus 
6163-9-Pelton, John (Heirs) 
6163-12-John Estate, Long 


22s+s33 83 


McCallister 
plus $2,792.15 
2¢ sq.ft.+ $35 + 
moving bldgs. $1944 . 


0 per a. plus $25.50 Wells 
$125 per a.+$3486.50 Parker 


~lease, Lump Sum $50 Wells 
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funds has been a4! 


mended be paid for 
gineer's request. 
affirmative action 


terial sites, 
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Commission for the improvement of the Heppner-Rhea Creek Section of the Wasco- 
Heppner Secondary State Highway No. 300, in Morrow County. He was informed 
that the Commission has already budgeted $25,000 for the improvement of this 
section and has also budgeted a like sum for the improvement of the Rock Creek 
Grade Section of this highway in Gilliam County. Also, that the Commission 
has filed an application for P.W.A. funds with which to finance the Rock Creek 
Grade improvement, and if the application is approved, then the Commission pro-~ 
poses to transfer the $25,000 of state money from the Rock Creek Grade project 
to the Heppner-Rhea Creek project, providing for 4 project costing $50,000 on 
that section, which it is thoughtwould be sufficient to finance the entire 
section. The Engineer explained that the Commission's application for P.W.A. 


to Washington, D. C., for final approval. Judge Johnson expressed satisfac- 
tion with the Commission's plans for these improvements. 


The Engineer requested authority to acquire certain parcels of real 
property that are needed for various highway improvements throughout the state 
and submitted a list of such properties, together with prices that he recom- 


WHEREAS, in connection with the further improvement of the 
highways hereinafter designeted, it is and has been necessary to ac- 
quire property for right of way, quarry sites, gravel or other ma- 


more definitely set forth; and 


WHEREAS, as a result of negotiations cerried on with the 
omers of the property required, options have been obtained, which 
options have been considered by the Commission, outlining the bases 
of settlement which have been agreed upon; and 


WHEREAS, it is the judgment of the Commission that the said 
options should be approved and accepted, and/or the said reports 
be declared acceptable to the State Highway Commission as bases of 
settlement for the properties involved, and that the acquisition of 
the properties should be completed: 


NOW, THEREFORE, BE IT RESOLVED that the several offers, or 
bases of settlement hereinafter enumerated be, and the same hereby 
are, approved and accepted, and that the Attorney for the State High- 
way Commission be, and he hereby is instructed to complete the ac- 
quisition of the said properties and to take title thereto in the 
name of the State of Oregon. The said properties hereby ordered and 
authorized to be acquired are as follows: 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


bums _ Section — Centre) Seen gue 
Harney County Maintenance 46 lots Lump Sum $970.25 Williams 


by the local P.W.A. authorities and has been forwarded 


each. After careful study the Commission approved the En- 
The following resolution in regerd thereto was adopted by 
of the members present: 


or sites for the storage of materials, as hereinafter 


Site (213,900 sq.ft.) 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Silets River-Remport Section — (regen. Coast fig 
5802-Peters, Fred 3234 sq.ft. 10¢ sq.ft.+ $100 McCallister 
5'739-Raymond, I. F. " 5000 sq.ft. sq.ft. + $1,250 ” 


Golumbia Boulevardctenting Avenve Section —PsciFic Habeas tree 
50,9-Portiand, City of sq.ft. Lump Sum $2.50 Kaufer 


6225-Portland, City of Exchange 4452.5 " 8.14 sq.ft. DeSouza 
5070A~-Nelson, Oscar E. & 

Oscar E. Niemann R/W 95 " . Land $25.10 + $49.90 Benson 

(Correction) 

Sunset_Camp-Sunset Tunnel Section - Wolf Creek ions 
4225C-Ehle, Glen S. 2.33 iO per a. Gardiner 

(Correction) (2 parcels) 

on - No Portland 

$451-Albright, Eva S. and 

George Graham R/W 10,000 sq.ft. 6¢ sq.ft. Parker 

tion - t h 


B 
594 son, V. W. 
(Laura R. Beatty property) Allowance for additional fill of 
300 yards at new house location 
and construction of temporary run- 
way to garage until highway is 


completed -------- $100 Collins 
5961-Porter, A. H. Allowance for construction of tem- 
porary approaches and roads until 
highway is completed - - $100 n 
6065-West, Loyd G. Gravel Pit l-yr lease on 2.41 a.at 2h¢ cu.yd. " 
(Correction) 
6062-Brownsville, City of l-yr lease (46,000 sq.ft.) Gratis " 
Borrow Pit 
Janiegon-Lancester Section —Jobn Tey Mstuay 
597l-Amalgamated Suger Company 0.23 Lump Sun $10 Collins 
6154-World War Veterans‘ " 0.27  . $150 per a., plus 
State Aid. Con. $14 moving fence be 


Property, to be_conveved te State by Southem Pst Tost 23 
118,007 sq.ft. at sq.ft. § 11,800.70 


92,832 sq.ft. at 20¢ sq.ft. 18,566.40 
117,635 sq.ft. at 5¢ sq.ft. : 
(Continued) Total $ 36,248.85 


Raeedep meta Sa, Sotan i? 


isv-David. Kate Lobert B/W 3.63 «50 per a. + $149.10 

Fo a Ne Harry, Heirs " $20 24 a. - 
-l-Nelson, Evans Hill 

6156-Heidrich, C. C. and oo eet A 
Anna Shive Ferguson $20 per 4. 

6163-11-Chiloquin, Jane, Heirs $20 a a. 

6163-2-Hart, Josie Ball, Heirs $50 per a. + $17.85 


5.39 a. at $50 per a. 


6159-Elliott, Orville and = R/A a 
J. Russell 0.33 a. at $50 per a. 
2.90 a. at $100 per a. 
6122-Klamath Indian Agency R/\i and = 6 
Stock Pile 39.93 0.25 a. at $100 per a. 
39.68 a. at $20 per a. 

11 parcels plus $710.50 


DS Io ei el iTS a PA tn, 


Oe teas Jas. E. et al wi 
Virginia Savage W . $20 per a. + $159.50 
6160-Wright, Ruby bd $50 per a. + §12.60 
6163-8-Yhilitate,Miiilie,Heirs " $20 per a. 
6163-3-Kirk, Raymond, Heirs " = 0.07 a. at $50 per a. 
0.97 a. at $20 per a. 
lus $15. 
6158-Patton, Edith W. " $20 as = " 
6153-Spink, Alice L. " $20 per a. 


= eC ction - John Day Highwa 
4915) carbraith, John W. R/# 2.49 0.57 a. at $10 per a. 


4916 1.92 a. at $100 per a. Wells 
(Correction) 


—Mar reek - Qchoco Hi 
4939-Dobbs, E. S. Estate) W 8.93 -62 a. at $100 per a. 
42 a. at $50 per a. 
-89 a. at $5 per 4. 
plus $1,357.55 Gardiner 


6190-Dobbs, E. S. (Estate) Quarry 
4942-Lawson, Gilbert R/W 


1.94 a. at $100 per a. 
2.92 a. at $5 per a. 
1.9 a. at $50 per 4. 
plus $959.25 
6032-Drew, Joseph M. Lump Sum $3,000 
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H. B. Glaisyer, Secretary.) The Commission by unanimous vote confirmed the 
sale of this property as reported, 


A letter was presented from Mr. Jack H. Moore, Agate Beach, Oregon, 
offering to remove some sand houses from state-owned property located about 
200 yards north of the old roundhouse in Newport, if the Commission will give 
him the material salvaged therefrom. The Commission referred the matter to 
the Engineer with power to act. 


The Commission had under consideration for approval prices to be 
peid for the following parcels of right of wey: 


Right of way acquired from Jasper Longcore for the Salen- 
Pringle Creek Section of the Pacific Highway in Marion County; 


Right of way acquired from Edith Russ Connick for the Fat Elk 
Creek-Coquille River Section of the Oregon Coast Highway in 
Coos County. 


The Engineer explained that at a previous meeting the Commission authorized 
the purchase <* these properties for certain amounts, including the cost of 
moving buildings, which was only estimated at the time. Since then, he said, 
quotations have been received from house-movers and it now appears that the 
cost of moving the buildings in each instance will amount to approximately 
$500 more than the estimated costs. He recommended payment on the basis of 
the lowest bid received for the house moving. The Commission approved the 
recommendation unanimously. 


The Attorney reported receipt of a letter from the manager of the 
Marcus Whitman Hotel, Walla Walla, Washington, concerning the sign that this 
hotel maintains adjacent to the Old Oregon Trail, near Pendleton, in which the 
manager states that the hotel owners do not want to do anything that is con- 
trary to the wishes of the State Highway Commission and it is their intention 
to repaint the sign some time this fall, at which time the wording thereon 
will be changed to meet the Oregon requirement s. After discussion, the Commis- 
sion authorized the granting of a 30-day extension of time for the hotel peo- 
ple to correct the wording on their sign. The Attorney was instructed to ad- 
vise the hotel management to that effect and to request them to have the pro- 
posed wording of the sign passed upon and approved by the State Highway De- 
partment before the sign is repainted. 


The Engineer reported on the investigations made on the request of 
Mr. Stephen A. Hull, President of The Dalles & Southern Railroad Company, for 
permission to construct an approach road to the Columbia River Highway just 
east of The Dalles. The Engineer advised that, notwithstanding the plans 
and good intentions of the Railroad Company, he is of the firm belief that 
the approach road will be used by traffic entering it from the west and by 
traffic leaving it and traveling west to The Dalles, which would cause ar un~- 
due traffic hazard for Columbie River Highway traffic. He recommended that 
permission for the construction of the approach road be denied, particularly 
in view of the fact that the company now has access to its property from North 
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(Albany Overcrossing Section, continued: ) 


operty to be conv thern Pacific Co. Ss 
35,960 sq.ft. at sq.ft. 2,517.20 
31,402 sq.ft. at 5¢ sq.ft. 


1,570.10 
Total $ 4,087.30 


Balance - Cash from State to S. P. Co. $ 32,161.55 Gardiner 


The Commission considered and denied -1e application of Mr.. Lizzie 
Coleman to lease certain state-owned property adjacent to the Oregon Coast 
Highway at the north end of the Coos Bay Bridge, in Coos County. 


The Attorney requested instructions relative to the sale of build- 
ings located on property acquired from John G. Maycock in Lots ll, 12, 21, & 
22, of Block 14, Pasadena Addition to Portland. He explained that he is in 
receipt of an offer from a Mr. William Dervoe to purchase these buildings for 
the sum of $15.00 and he recommended acceptance of this offer, in view of the 
fact that the buildings have been advertised for sale several times and no 
satisfactory bid has been received. The Commission approved the sale of the 


‘ 


buildings to Mr. Dervoe for the amount of his offer. 


The Attorney reported that the condemnation case for the acquisi- 
tion of the Volz property as an addition to Silver Falls State Park, in Mar- 
ion County, has been concluded and that the jury set a value of $10,000 on 
this property. He said that this is about $1,500 more than the Commission's 
offer to Mr. Volz but nevertheless recommended payment of the amount set by 
the jury in view of the desirability of acquiring the property to complete 
the presext state park. The Commission approved the recommendation unanimous- 
ly, thereby confirming its previous decision when condemnation was ordered. 


A letter was presented from Henry Houck, Eugene, expressing a de- 
sire to acquire certain state-owned property adjacent to the Pacific Highway 
near the Southern Pacific overcrossing between Junction City and Eugene. The 
Engineer recommended that the state retain possession of this property be- 
cause it will be needed in the future as right of way in connection with the 
construction of the proposed 4-lane highway between Junction City and Eugene. 
In view of the Engineer's recommendation, the Commission decided not to sell 


this property. 


The Attorney reported the sale of certain buildings on property ac- 
quired by the Commission from Jens Thompson and R. B. Park, and also the sale 
of portions of lots outside of the standard right of way limits purchased 
from N. Solomon and from the McGuire Construction Company, Portland, which 
properties were acquired by the Commission in connection with negotiations 
for right of way for the Interstate Avenue improvement in Portland. He ex~- 
plained the transaction in detail, which shows a profit to the state of 
$82.70 on the lend and a profit of $217.30 on the houses, and, considering 
the cost of moving the houses, results in a net accrual to the State Highway 
fund of $1,750.00. (For details see letter of August 24, 1938, directed to 
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maintained by the State Highway Dezartment. It was the Commission's thought 
that the maintenance of the area by two agencies is undesirable. Accordingly, 
the Commission decided to assume the maintenance of the entire tract, includ- 
ing the monument site, thus relieving the city of The Dalles and the local 
citizens from such obligation. The Commission ordered that maintenance of 
the area by the state be made a condition of the permit to the city. 


The Assistant Attorney presented the offer of C. F. Howard for an 
exchange of properties adjacent to the lower Columbia River Highway at Houl- 
ton, in Columbia County. He advised that Mr. Howard offers to convey to the 
state a right of way across certain property owned by iim, and described 4s 
Lots, 9, 10, 11, and 12, of Block 3, Georgetown Addition to Houlton, and to 
remove therefrom certain buildings, including 4 residence building and ser- 
vice station, provided the state will convey unto him that portion of Lots 7, 
8, 9, 10, 11, and 12, of Block 1 of such addition outside of the standard 
width highway right of way, and will pay him for moving his residence build- 
ing located on the property that he is deeding to the state. He recommended 
acceptance of the offer. The Commission considered the offer fair and equit- 
able and thereupon authorized the exchange of properties on such basis. 


The Assistant Attorney presented 4 tabulation showing an estimated 
expenditure of $652,000 for right of way during the year 1938, based upon 
present projects assigned to the Right of Way Department for purchases of 
right of way. The Commission decided, in view of the present shortage of 
funds, not to increase the present right of way budget, which amounts to 
$550,000 for this year. 


The Attorney reported a comsromise offer from Mr. Anton Roskoski 
for the acquisition of right of way needed for the Interstate Avenue project 
in Portland. He said that Mr. Roskoski now indicates 4 willingness to accept 
the sum of $15,000 for his entire holdings, provided the state will deed to 
him that portion of Lots 3, 4, and 5 in Block 3, Kenview Addition, outside of 
the standard width highway right of way, and provided he is given permission 
to remove the fixtures from his present location. The offer is further con- 
ditioned upon his being able to purchase Lot 2 of Block 3. after discussion 
the Commission authorized the attorney to complete the deal with Mr. Roskoski 
on the basis of his offer if a more favorable settlement cannot be secured 
upon further negotiation. 


The Commission had under discussion matters pertaining to the ac- 
quisition of right of way for the proposed revision of the Oregon-Washington 
Highway between Pendleton anc Adams, in Umatilla County; and in this connec- 
tion the Attorney reported the results of appraisals made by @ committee of 
three appraisers previously appointed by the Commission. The Attorney ad- 
vised that indications are that it will be necessary to condemn for most of 
this right of way. After discussion the Commission decided unanimously that 
the respective owners should be offered the amounts as shown by the appreisal 
for the respective holdings, and, if such offers are not accepted, then the 
right of way should be acquired by condemnation. The Commission ordered that 
right of way should be acquired for the entire section between Pendleton and 
Adams regardless of the limits of the proposed construction project. The 
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2nd Street, The Dalles. The Commission approved the recommendation. 


The Engineer reported on the request of the County Court of Harney 
County to use the Highway Department's facilities in connection with a radio 
installation that the County Court proposes to make in the southern part of 
Harney County. He said that the County Court proposes to install its radio 
station at Fields, Oregon, which is about 110 miles south of Burns, and in 
connection therewith wants to use the Highway Department's radio facilities 
at Burns so as to provide emergency communication for the people of the 
Fields area who now do not have telephone service. He pointed out that there 
are two important factors involved in the establishment of this station: 
first, the obtaining of a frequency assignment from the Federal Communica- 
tions Cor aission; and second, the financing of the proposed station. He ex- 
pressed uoubt that the Federal Communications Commission would authorize the 
additional service, and estimated that the installation would cost approxi- 
mately $2,000. He pointed out that up to the present time it has been con- 
trary to the policy of the Highway Commission to permit the use of its radio 
facilities for anything but state purposes, and gave as his thought that such 
policy is sound and should be continued; otherwise the Commission might be 
placed in an embarrassing position in disposing of other requests for similar 
service. After considerable discussion end in view of the circumstances, the 
Commission decided to deny the County Court's request notwithstanding the 
fact that the Commission would like to help the county out, if possible. The 
Engineer was instructed to so inform the County Court. 


Consideration was given by the Commission to the offer of the Com- 
munity Friendship Club of Coquille to contribute the sum of $222.00 toward 
the cost of sidewalk construction along a short section of the Oregon Coast 
Highway just north of Coquille, particularly between highway engineer's sta- 
tions 841+63 and 846+00. The Fngineer advised that the section along which 
the sidewalk is desired is 900 feet long and approximately 600 feet thereof 
is across a rather high fill which would have to be widened in order to ac~- 
commodate the walk. He estimated that to widen this fill and construct an 
oiled footpath would cost about $595.00. He pointed out that the construc- 
tion of a walk between the limits desired would not provide for a continuous 
sidewalk into Coquille, so that it would still be necessary for pedestrians 
to walk on the highway; also, that it is contemplated to improve the highway 
north of Coquille at some future date. He gave as his thought that it would 
be a waste of money to build the sidewalk now in view of the contemplated 
highway improvement, and accordingly recommended denial of the request. The 
Commission approved the recommendation. 


The Commission signed a letter dated August 29, 1938, and directed 
to the City of The Dalles, authorising the city to erect a monument on state- 
owned property adjacent to the Upper Columbia River Highway at the west city 
limits of The Dalles, as a memorial to the Lewis and Clark expedition. In 
the discussion of this matter it was brought out that while the city is spon- 
soring this project, the city will not assume the obligation to maintain it, 
but such work is to be taken care of by a corporation of local citizens who 
are particularly interested in the erection of the monument. It was also 
brought out that the land on which the monument is to be erected is being 
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(Pendleton-Adams Section, continued) 
5888 - Thomas Sloan 
5889 - Isabella Sutherland 
5890 - G. A. Cummings 
5891 - Fred W. Beck 
5892 - Oscar H. Schultz 
5893 - School District No. 117 
5896 ~ Grace Owen Rutten 
5897 - Forrest Harrah 
5898 - Ralph Tachella 
5899 and 5905 - Sarah C. Geiss 
5900 - Roy Duff 
5901 - Frank Duff 
5903 - Blanche Rothrock 
5904 - John W. Rothrock 
5906 - Samuel R. Thompson 
5907 ~ liargaret Blakeley 
5908 - Pauline F. Bemus 
5909 - Susan F. Adams 
5910 - Susan F. Adams 
5911 - Anna Schatz 
6114 - George W. Temple 


as their respective interests may appear, and this Commission does 
hereby declare further that the said properties are necessary, are 
needful, and the acquisition thereof will be of advantage to the 
State of Oregon for right of way purposes in order to make it pos- 
sible for the State Highway Commission to properly locate, con- 
etruct, and maintain saic portions of the said state highway sys- 
tem in accordance with standards adopted by this Commission rela- 
— to curvature, grades, alignment, drainage, and factors of 
safety. : 


2. That the State Highway Engineer be end he hereby is 
instructed and directed to properly survey the parcels of land re- 
quired for such right of way purposes and prepare proper and ade- 
quate descriptions thereof, whick descriptions shall be employed 
in the preparation of deeds or other instruments necessary to com 
plete the acquisition of the said properties or which descriptions 
may be used in the preparation of complaints in the event that con- 
demnation proceedings are necessary. 


3. That the boundaries of the said parcels of land, as 
defined and determined by the said survey made by the said Highway 
Engineer, along the route or location adopted by the Highway Com- 
mission, shall be and the same hereby are adopted and the lands 
defined therein are hereby declared to be and the same are included 


highway system and hereby are declared to be necessary for the prop- 
er location, improvement, construction, and maintenance of the said 


portions of the state highway system. 
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following resolution authorizing the Attorney to condemn such right of way, and 
right of way for other projects, was adopted by the Commission by unanimous 
vote: 


WHEREAS, the State Highway Commission is by law authorized 
and directed to lay out, locate, designate, construct, improve and 
maintain a system of state highways in the State of Oregon, and to 
acquire rights of way and to declare the necessity and need for the 
acquisition thereof, and the advantages tc be gained thereby; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission as follows: 


1. That the State Highway Commission does hereby find and 
declare that it is necessary and will be of advantage to the State 
of Oregon and there is need that the State acquire for right of way 
purposes in connection with the permanent location, construction, in- 
provement, and maintenance of the following sections of the state 
highway system of the State of Oregon, to wit: 


Troutdale-Multnomah Falls Section of the Columbia River Highway 

Brothers-Harney County Line Section of the Central Oregon Highway 
Fleming Ranch +Shindler Bridge Section of the Albany-lyons Highway 
Pendleton-Adams Section of the Oregon-Washington Highwey 


land and property ownec »y or in possession of the following parties 
and/or persons, to wit: 


Troutdale-Multnomah Falls Section of the Columbia River Highway 
1817 - Myrta E. Reed 
1843 - Edward G. Smyth 


Brothers-Harney County Line Section of the Central Oregon Highway 

6124 - Jacob Settelmeyer 

6129 - Peter Auberman 

6133 ~ Emmor W. Hall 

6134 - Estella M. Hall Estate 

6140 - G. Orlo Jefferson 

6150 - W. H. Kilburn 

6202 - E. S. Hunting 

6204 - James W. Cody 


Fleming Ranch-Shindler Bridge Section of the Albany-Lyons Highway 
3992 - Adam Fleming Estate 


Pendleton-Adams Section of the Oregon-liashington Highway 
5884 - Charles L. White 
5885 - C. W. Lassen 
5886 - J. P. Stoffle 
5887 - W. H. McCormack 


Continued) 
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as their respective interests may appear, and this Commission does 
hereby declare further that the said property or properties contain 
gravel, gravel beds or bars, sand, sand beds or bars, rock, boul- 
ders, quarries or quarry sites, lime deposits or other mineral de- 
posits or formations suitable for road construction, improvement, 
betterment, or pavement, and that the said property or properties 
is or are necessary and needful and the acquisition thereof will be 
of advantage to the State of Oregon for the said purposes in order 
to make it possible for the State Highway Commission to construct, 
improve, maintain, and repair the said portion or portions of the 
said state highway system in accordance with the standards adopted 
by this Commission. 


2. That the State Highway Engineer be and he hereby is 
instructed and directed to properly survey the parcel] or parcels 
of land required for said purposes and to prepare proper and ade- 
quate descriptions thereof, which descriptions shall be employed 
in the preparation of a deed or deeds or other instrument or in- 
struments necessary to complete the acquisition of the said prop- 
erty or properties, or which said descriptions may be used in the 
preperation of a complaint in the event that condemnation proceed~ 
ings are necessary. 


3. That the boundaries of the said parcel or parcels of 
land, as defined and determined by the said survey made by the said 
Highway Engineer, shall be and the same hereby are adopted and the 
lands defined therein are hereby declared to be and the same shall 
be lands necessary for the purposes stated herein. 


4. That I. H. Van Winkle, Attorney General of the State 
of Oregon, and J. M. Devers, Assistant Attorney General and Attorney 
for the State Highway Commission, be and they are hereby requested, 
authorized, and directed to attempt to agree with the owner or own- 
ers and/or with the tenants or persons in possession, if there be 
any, of said parcel or parcels of land with respect to the compensa- 
tion to be paid for the taking of the same and the damage, if there 
be any, and in the event that no satisfactory agreement or agreements 
can be reached, then it is hereby further resolved that the Attorney 
General of the State of Oregon, and J. M. Devers, Assistant Attorney 
General and Attorney for the State Highway Commission, be and they 
hereby are requested to commence and prosecute to a final determina- 
tion such suit or action, or suits or actions, as may be necessary 
and appropriate to acquire title to the seid premises and all rights 
therein for the purposes herein stated. 


$. That this resolution be entered in full in the minutes 
and records of this Commission. 
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4. That I. H. Van Winkle, Attorney General of the State of 
Oregon, and J. M. Devers, Assistant Attorney General and Attorney for 
the State Highway Commission, be and they are hereby requested, au- 
thorized, and directed to attempt to agree with the owners and/or with 
the tenants or persons in possession, if there be any, of said parcels 
of land with respect to the compensation to be paid for the taking of 
the same and the damage, if any there be, and in the event that no 
satisfactory agreements can be reached then it is hereby further re- 
solved that the Attorney General of the State of Oregon and J. M. De- 
vers, Assistant Attorney General and Attorney for the State Highway 
Commission, be and they hereby are requested to commence and prosecute 
to a final determination such suits or actions as may be necessary and 
appropriate to acquire title to the said premises and all rights there- 
in for the purposes herein stated. 


5. That this resolution be entered in full in the minutes 
and records of this Gommission. 


The Attorney reported that condemnation proceedings will be necessary 
in order to acquire certain gravel pits and quarry sites that are needed for 
various highway improvements, and requested authority to commence such proceed- 
ings. The Commission approved the request and by unanimous vote adopted the 
following resolution in regard thereto: 


WHEREAS, the State Highway Commission is by law authorized 
and directed to lay out, lecate, designate, construct, improve, and 
maintain a system of state highways in the State of Oregon and to ac- 
quire by donation, purchase, agreement, condemnation, or by the pow- 
er of eminent domain *itle to land upon or under which there is grav- 
el, gravel beds or bars, sand, sand beds or bars, rock, boulders, 
quarries or quarry sites, lime deposits, or other mineral deposits 
or formations suitable for road construction, improvement, betterment 
or pavement, and to declare the necessity and need for the acquisi- 
tion thereof and the advantages to be gained thereby ; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission as follows: 


1. That the State Highway Commission does hereby find and 
declare that it is necessary and will be of advantage to the State 
of Oregon and there is need that the State acquire for the purposes 
of road construction, improvement, betterment, repair and mainten- 
ance, and for the purpose of the manufacture of road materials on 
the following section or sections of the state highway system of the 
State of Oregon, to wit: 


Brothers-Harney County Line Section of the Central Oregon Highway 


land and property owned by or in the possession of the following 
parties and/or »ersons, to wit: 


1938 


The Commission had under discussion the matter of extending for a 
period of one year the contract with Julius Gunnell for operating the state- 
owned ferry across Coos River on the Coos River Secondary Highway at Enegren 
Ferry, in Coos County, the present contract expiring September 30, 1938. The 
Engineer advised that the present contract provides for the extending of the 
same for a period of one year if the Commission so desires. He said that Mr. 
Gunnell has furnished satisfactory ferry service during the past year, and 
recommended that the present contract be extended to September 30, 1939. The 
Commission approved the recommendation and so ordered. The matter was referred 
to the Attorney to prepare an appropriate agreement covering the matter. 


A letter was presented from the County Court of Umatilla County in 
which the Commission was requested to receive bids on behalf of the County 
Court for the construction of the Milton Nursery Bridge over the Walla Walla 
River in Umatilla County, as a P.W.A. project. It was explained that the 
County Court simply desires the Commission to receive the bids on behalf of 
the county so the county can secure the benefit of the Commission's list of 

_ contractors and its experience in handling P.W.A. jobs, but that the county 
will assume the responsibility of awarding the contract and paying for the 
job. The Commission approved the request. 


“he Commission had under consideration the matter of accepting the 
offers of the United States of America, through the Fedéral Emergency Admin- 
istration of Public Works, of grants to aid in financing the construction of 


a highway maintenance building at Albany, Oregon, and the construction of 
highway improvements on the Halsey-Sweet Home Secondary State Highway at 
Brownsville, in Linn County, and the acquisition of necessary lands and rights 
of way therefor. Commissioner Tou Velle moved the adoption of the following 
resolutions in regard thereto. After discussion, the motion was declared by 
Commissioner Aldrich to have passed by the unanimous vote of the Commissioners 
presents : 


A RESOLUTION ACCEPTING THE OFFER OF THE UNITED STATES OF AMERICA TO 
THE STATE HIGHWAY COMMISSION OF THE STATE OF OREGON TO AID BY WAY OF 
GRANT IN FINANCING THE CONSTRUCTION OF A HIGHWAY MAINTENANCE BUILDING 
AT ALBANY, OREGON, AND THE ACQUISITION OF NECESSARY LANDS AND RIGHTS 
OF WAY THEREFOR. 


Be it resolved by the Oregon State Highway Commission: 


Section 1. That the offer of the United States of America 
to the State Highway Commission of the State of Oregon to aid by way 
of grant in financing the construction of a maintenance building at 
Albany, Oregon, and the acquisition of necessary lands and rights of 
way therefor, a copy of which offer reads as follows: 


(Letter on following pace) 


The Commission adjourned at 12:30 o'clock p, m. and reconvened at 
1:00 o'clock p. m. in the same room, with the same persons present and partici- 
pating. 


The Engineer reported that on August 16, in accordance with authori- 
ty previously given hin by the Commission, he awarded to Fisher Bros., Oregon 
City, the contract for grading and surfacing the hend Section of the Century 
Drive Secondary Highwey, in Deschutes County, for which bids were taken on Au- 
gust 4, 1938, Fisher Bros. being the low bidders for thts job, and the condi- 
tions of the award having been satisfied. The Commission approved the award 
of this contract, as reported. 


The Commission had wider discussion the matter of changing the plans 
for the Interstate Avenue improvement in Portland so as to eliminate the pro- 
posed centerline curbing, particularly between Columbia Boulevard and Harding 
Avenue, as has been suggested by certain business interests in that district. 
The Engineer recommended against the change, et least until the curb has been 
constructed and given a satisfactory trial. The Gowmission approved the rec- 
’ ommendation and instructed the Attorney to advise the petitioners accordingly. 


The Engineer requested authority to purchase one Simplex pipe forc- 
ing jack for use by sign crews in forcing 3/4-inch to 2-inch pipe under high- 
way pavements. He estimated the coset of this jack at $100. The Commission 


approved the purchase. 


The Commission also approved an expenditure of approximately $2,500 
for landscaping the state highway shop premises at Salem to conform with simni- 
lar work that is being done on the premises of the State Forestry Department 
and the atate penitentiary. &n expenditure of approximately $1,700 was au- 
thorized by the Commission to finance the construction of a parking shed for 
the accommodatio: of cars belonging to the men who are employed at the state 
highway shops. 


The Engineer reported that the U. S. Forest Service is now con- 
structing a parking area at the intersection of the Mt. Hood Highway with the 
Coovers Spur Road for the benefit of winter sports enthusiasts of Hood River; 
and they are asking the state to cur’ace this area and to keep it free of 
snow during the winter months. He estimated that it would cost about $100 to 
furnish and place such rock surface, and recommended approval of the project. 
The Commission approved the recommendution oy unanimous vote. 


The Secretary presented a letter from the Roseburg Chamber of Com- 
merce requesting a private hearing for a Southern Oregon delegation during 
the afternoon of Wednesday, September 21, for discussion of matters pertain- 
ing to the issuance of bonds to finance the reconstruction of the Pacific 
Highway between Roseburg and Grants Pass, and the Upper Columbia River High- 
way between Portland and The Dalles. The Secretary was instructed to inform 
the Chamber that it would not be convenient for the Commission to meet on 
Wednesday afternoon, but the Commission would be pleased to hear the de lega- 
tion on ths afternoon of Thursday, September 22, in the auditorium of the 
Public i-rvice Building, Portland. (This meeting was later postponed to Sep- 
tember 29.) 
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of O:egon and the State of Oregon agree to abide by all rules and 
regulations relating to such grant a copy of which rules and regu- 
lations were annexed to the Government's offer and made a part there- 
of. It is hereby covenanted that the work on the project described 
in the offer will be commenced as early as possible, but in no event 
later than twelve weeks from the date of this offer; and to com- 
plete the work with all practicable dispatch, and in any event 
within four months from the commencement of construction. 


Section 3. That J. M. Devers, Assistant Attorney General 
for Oregon, and Attorney for the State Highway Commission of the 
State of Oregon be and he is hereby authorized and directed forth- 
with to send to the Federal Emergency’ Administration of Public Works 
three certified copies of this Resolution and three certified copies 
of the proceedings of this Commission in connection with the adop- 
tion of this resolution, and such further documents or proofs in con- 
nection with the acceptance of said offer as may be requested by 
the Federal Emergency Administration of Public Works. 


A RESOLUTION ACCEPTING THE OFFER OF THE UNITED STATES OF AMERICA TO 
THE STATE HIGHWAY COMMISSION OF THE STATE OF OREGON TO aID BY WAY OF 
GRANT IN FINANCING THE CONSTRUCTION OF HIGHWAY IMPROVEMENTS ON THE 
HALSEY-SWEET HOME SECONDARY HIGHWAY AT BROWNSVILLE IN LINN COUNTY AND 
THE ACQUISITION OF NECESSARY LANDS AND RIGHTS OF WAY THEREFOR. 


Be it resolved by the Oregon State Highway Commission: 


Section 1. That the offer-of the United States of America 
to the State Highway Commission of the State of Oregon to aid by way 
of grant in financing the construction of highway improvements on the 
Halsey-Sweet Home Secondary Highway at Brownsville in Linn County and 
the acquisition of necessary lands and rights of way therefor, a copy 
of which offer reads as follows: : 


"P. W, 82750-213 
"FEDERAL EMERGENCY ADMINISTRATION OF PUBLIC WORKS 


“Washington, D. C., 
Dated August 18, 1938 
Docket No. Oreg. 1250-F 
"State Highway Commission of the 
State of Oregon, 


Salem, Oregon. 


"], Subject to the Terms and Conditions (PWA Form No.230, 
as amended to the date of this Offer), which are made a part hereof , 
the United States of America hereby offers to aid in financing the 
construction of highway improvements on Halsey-Sweet Home Secondary 
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"P, W. $3034-136 
"FEDEKAL EMERGENCY ADMINISTRATION OF PUBLIC WORKS 


7 ’ D. C., 
Dated: Aug. 27, 1938 
Docket No. Oreg. 1282-F 
"Oregon State Highway Commission. 
Salem, Oregon 


"1, Subject to the Terms and Conditions (PWA Form No.230, 
as amended to the date of this Offer), which are made a part hereof, 
the United States of America’ hereby offers to aid in financing the 
construction of a highway maintenance building and the acquisition 
of necessary land (herein called the "Project") by making a grant 
to Oregon State Highway Commission (herein called the "Applicant" ) 
in the anount of 45 percent. of the cost of the Project upon comple- 
tion, as determined by the Federal Emergency Administrator of Public 
Works (herein called the “Administrator"), but not to exceed, in any 
event, the sum of $6,300. 


"2. By acceptance of this Offer the Applicant covenants 
to begin work on the Project as early as possible but in no event 
later than 12 weeks from the date of this Offer and to complete such 
Project with all practicable dispatch, and in any event within 4 
months from the commencement of construction. 


"3, This Offer is made subject to the express condition 
that, if the Administrator shall determine at any time that the Ap- 
plicant has paid or agreed to pay, whether directly or indirectly, 
a bonus, commission or fee to any person, firm or corporation for 
attempting to procure an approval of the Applicant's application, 
or for alleged services in procuring or in attempting to procure 
such approval, or for activities of the nature commonly known 4s 
lobbying performed or agreed to be performed in connection with the 
application, then the Administrator shall have the right, in his 
discretion, to rescind this Offer and any agreements resulting here- 
from, and, in the event of such rescission, the United States of 
America shall be under no further obligation hereunder. 


"UNITED STATES OF AMERICA 


Federal Emergency Administrator 
of Public Works 


By (Sgd.) H. A. Gray 
Assistant Administrator” 


Be and the same is hereby i. all respects accepted. 
Section 2. That the Stete Highway Commission of the State 
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certified copies of this Resolution and three certified copies of 
the proceedings of this Commission in connection with the adoption 
of this Resolution, and such further documents or proofs in connec- 
tion with the acceptance of said offer as may be requested by the 
Federal Emergency Administration of Public Works. 


The Commission had under consideration the adoption of resolutions 
establishing minimum wage rates to be paid by contractors for labor employed 
on the Molalla paving project in Clackamas County and on the Suntex Junction 
and Brothers building project, both of which are being financed as P.W.A. 
projects. After discussion the following resolutions in regard thereto were 
adopted by the Commission by unanimous vote: 


av. ct, PWA Docket No. Or -F 


WHEREAS, a thorough investigation has been made of the 
hourly wage rates which are being paid in Clackamas County which 
is the locality in which the proposed project (hereinafter referred 
to as "project") is to be constructed by the Oregon State Highway 

‘ Commission, to employees in each trade or occupation engaged in 

work of a nature similar to the work to be performed in the con- 
struction of said project and the prevailing hourly wage rates be- 
ing paid in such locality to such employees for such work have been 
determined by an examination of the wage rates paid on various jobs 
as listed on Exhibit "A" attached hereto, which work is comparable 
to the work to be performed in this project. 


NOW, THEREFORE, Be It Resolved by the Oregon State Highway 
Commission of the State of Oregon that the following rates for the 
respective trades or occupations listed below shall be and are here- 
by fixed as the minimum hourly wage rates and have been determined 
in accordance with rates prevailing for work of a similar nature in 
the locality in which the project is to be constructed: 


Concrete mixer operator (5-bag and over) $1.20 
Concrete mixer operator (4-bag and under) 1.00 
Finishing machine operator 0.75 
Concrete finisher - master 1.20 
Concrete finisher (bull floaters, etc.) 0.90 
Joint-dowel-tie bar setters 0.75 
Ribbon setter, head 1.00 
Ribbon setter, assistant 0.75 
Batch weighman 0.75 
Vibrator operator 0.75 
General labor 0.50 
Roller operator 0.75 
Blade operator 0.75 
Truck driver 0.50 


Be It Further Resolved that the foregoing list of trades 
or occupations includes to the best of our knowledge all the 
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to the State Highway 
the "Applicant") in the amount of 45 percent of the cost of the Proj- 
ect upon completion, as determined by the Federal Emergency Adminis- 
trator of Public Works (herein called the "“Administrator"), but not 


to exceed, in any event, the sum of $14,130. 


"2. By acceptance of this Offer the applicant covenants 
to begin work on the Project as early as possible but in no event 
later than 10 weeks from the date of this Offer and to complete such 
Project with all practiceble dispatch, and in any event within 10 
months from the commencement of construction. 


"3, This Offer is made subject to the express condition 
that, if the Administrator shall determine at any time that the Ap- 
plicant has paid or agreed to pay, whether directly or indirectly, 

a bonus, commission or fee to any person, firm or corporation for at- 
tempting to procure an approval of the Applicant's application, or 
for alleged services in vrocuring or in attempting to procure such 
approval, or for activities of the nature commonly mown as lobbying 
performed or agreed to be performed in connection with the applica- 
tion, then the Administrator shall have the right, in his discretion, 
to rescind this Offer and any agreements resulting herefrom, and, in 
the event of such rescission, the United States of America shall be 


under no further obligation hereunder. 
"UNITED STATES OF AMERICA 


"Federal Emergency Administrator 
of Public Works 


“By (Sgd.) H. A. Gray 
Assistant Administrator" 


aed saad 


be and the same is hereby in all respects accepted. 


Section 2. That the State Highway Commission of the State 
of Oregon and the State of Oregon agree to abide by all rules and reg- 
ulations relating to such grant 4 copy of which rules and regulations 
were annexed to the Government's offer and made a part thereof. It 
is hereby covenanted that the work on the project described in the of- 
fer will be commenced as early as possible, but in no event later 
than ten weeks from the date of this offer; and to complete the work 
with all practicable dispatch, and in any event within ten months 
from the commencement of construction. 


Section 3. That J. M. Devers, Assistant Attorney General 
for Oregon and Attorney for the State Highway Commission of the State 
of Oregon be and he is hereby authorized and directed forthwith to 
send to the Federal Emergency Administratim of Public Works three 


FERAL pres 
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Be It Further Resolved that there be transmitted with 
this resolution the substantiating data from which the foregoing 


determination is based. 


The following resolution modifying the reduced load limit hereto- 


fore in effect on the Cottonwood Bridge over the John Day River, on the Wasco- 
Heppner Secondary State Highway No. 300 was adopted by the unanimous vote of 
the Commission upon recommendation by the Ingineer: 


WHEREAS, on the 3lst day of August, 1932, at 4 meeting of 
the Oregon State Highway Commission, all members being present and 
participating, the Commission passed and adopted a resolution or- 
dering a reduction of the maximum permissible load limit on the fol- 
lowing state highway bridge, to wit: 


WASCO-HEPPNER SECONDARY STATE HIGHWAY NO. 300 
300-18.84 Cottonwood Bridge over John Day River--5 tons 


and 


WHEREAS, subsequent to the passage of said resolution, 
temporary repairs have been made to ‘said bridge so that it is no 
longer necessary to maintain or impose the reduced load limit to 
the extent fixed in said order and resolution with respect to 
said bridge so long as temporary repairs ure effective: 


NOW, THEREFORE, BE IT RESOLVED that the action of the 
State Highway Commission reducing the maximum permissible load limit 
on the following bridge, to wit: . 


300-18.84 Bridge over John Day River (commonly known 
as the Cottonwood Bridge) on the Wasco- 


Heppner Secondary Highway No. 300, at the 
Sherman-Gilliam County Line, 


be modified so as to permit a total gross weight of combined load 
and vehicle not exceeding ten (10) tons upon any portion of the 
entire length of said bridge. In computing the total weight of 
any single vehicle, the total gross weight of any trailer or trail- 
ers attached to said vehicle shall be considered as a component 
part of the total gross load and shall not be considered as a sep- 
arate vehicle; and 


BE IT FURTHER RESOLVED that, in the event the said tempo- 
rary repairs are destroyed or rendered ineffective by reason of 
high water in the John Day River or for any other reason whatsoever, 
the maximum permissible load limit of five (5) tons heretofore in 


effect shall immediately be restored. 
IT IS HEREBY ORDERED that a certified copy of this 


AUG 30 1938 


=e 


classifications of employees who will be engaged in work on said proj- 
ect other than executive, supervisory, administrative, clerical, or 
other non-manual workers &s such. 


Be It Further Resolved that there be transmitted with this 
resolution the substantiating date from which the foregoing determina~ 
tion is based. 


x Ji B 
PWA Docket No. Oregon 1245-F 


WHEREAS, a thorough investigation has been made of the hour- 
ly wage rates which are being paid in Deschutes and Harney Counties 
which are the localities in which the proposed project (hereinafter 
referred to as "project") is to be constructed by the Oregon State 
Highway Commission, to employees in each trade or occupation engaged 
in work of a nature similar to the work to be performed in the con- 
struction of said project and the preveiling hourly wage rates being 

in such localities to such employees for such work have been de- 
termined by an examination of the wage rates paid on various jobs as 
listed on Exhibit "A" attached hereto, which work is comparable to 
the work to be performed in this project. 


OS npeerced cama ele AETEES 


oe. 


NOW, THEREFORE, Be It Resolved by the Oregon State Highway 
Commission of the State of Oregon that the following rates for the 
respective trades or occupations listed below shall be and are hereby 
fixed as the minimum hourly wage rates and have been determined in 
accordance with rates prevailing for work of a similar nature in the 
localities in which the project is to be constructed: 


bi 


Electrician 
Plumber 
Sheet Metal Worker 
Brick Layer 

ter 
Concrete Finisher 
Painter 
Lather 
Plasterer 
Reinforcing Steel Setter 
Shingler 
General Labor 
Concrete Mixer Operator 
Truck Driver 


€u@4s 
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Be It Further Resolved that the foregoing list of tra.> 
or occupations includes to the best of our knowledge all the classi- 
fications of employees who will be engaged in work on said project 
other than executive, supervisory, administrative, clerical, or other 
non-manual workers as such. 
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(Central Oregon Rock Production, continued) 


3. 


4e 


Unit F. Brothers rock production on the Central Ore- 


m 


Unit A. 


Unit B. 


Unit C. 


Eastern Oregon Rock Production 


Unit A. 


Unit B. 


Unit C. 


Unit D. 


Unit E. 


Unit F. 


Northwestern Oregon Rock Production 


Unit A. 


Unit B. 


gon highway (MP 21-43) in Deschutes County. 
egon k Production Proje 


Coquille and Myrtle Point rock production 
on Oregon Coast Highway (MP 270-292) and 
Coos Bay-Roseburg (MP 9-16) highway in 
Coos County. 


Blue River Rock Production on the McKenzie 
highway (MP 30-56) in Lane County. 


Blachly rock production on the Siuslaw high- 
way (MP 33-63) in Lane County. 


Ione rock production project on the Oregon- 
Washington highway (MP 9-28) in Morrow County. 


Spray rock production project on the John 
Day highway (MP 80-113) in Wheeler and Grant 
Counties. 


Echo rock production on the Columbia River 
(MP 187-192), Old Oregon Trail (MP 192-207), 
and Lexington-Echo (MP 20-36) highways in 
Umatilla County. 


John Day rock production on the John Day 
highway (MP 137-163) in Grant County. 


Vale rock production on the Central Oregon 
(MP 190-246) and John ~ay (MP 281-293) 
highways in Malheur County. 


Prairie City-Unity resurfacing on the John 
Day highway (MP 176-216) in Grant and Baker 
Counties. 


Sweet Home rock production on the Santiam 
highway (MP 15-31) in Linn County. 


Newport rock production on the Oregon Coast 


(MP 145-154) and Corvallis-Newport (MP 0-8) 
highways in Lincoln County. 
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resolution be furnished to the county clerks of Sherman and Gilliam 
Counties, and that a certified copy of this resolution be furnished 
= ~~ Superintendent of the Department of State Police for his in- 
‘ormation. 


The Engineer brought up for discussion the matter of applying 
for P.W.A. funds to assist in financing numerous rock production projects 
throughout the state. He said that he believed such projects are eligible for 
P.W.A. funds and that a saving to the state of $185,000 will be effected if 
the Government will approve them. After discussion the Commission authorized 
the Engineer to file an application for P.W.A. funds to assist in financing 
such projects. The following resolution in regard thereto was adopted by the 
Commission by unanimous vote: 


A resolution authorizing R. H. Baldock, as State Highway 
Engineer, to file applications with the United States of America 
through the Federal Emergency Administration of Public Works for 
grants to aid in financing the construction of certain State High- 
way projects and the purchase of right of way necessary to such 
construction. 


Be it resolved by the Oregon State Highway Commission: 


1. That, R. H. Baldock, as State Highway Engineer, be and 
he is hereby authorized to execute and file applications on behalf 
of the Oregon State Highway Commission with the United States of 
America for grants to aid in financing the construction of the fol- 


lowing State Highway projects: 


1. Central Oregon Roc k Production Project 


Unit A. Lakeview rock production on Fremont 
(MP 127-158) and Klamath Falls-Lakeview 


(MP86-92) highways in Lake County: 


Unit B. Sisters rock production on the McKenzie 
(MPE4-99) » McKensie-Bend (MP 0-19), 
Santiam (MP 94-101), Redmond-Bend (MP 0-7) 
highways in Deschutes County. 


Se ; 


Stet Sitemaps Sadat 
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Unit C. Mt. Hood Rock Production on the Mt. Hood 
Loop Highway (MP 75-95) in Hood River County. 


Unit D. Chenmlt and Crescent rock production on 
The Dalles—California (MP 189-211) highway 


in Klamath County. 
Unit E. Paisley and Silver Lake rock production 


on Fremont Highway (MP 32-48) and (MP 88-115) 
in Lake County 
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the city would assume the responsibility for acquiring the extra right of way. 
He filed with the Commission a letter aigned by numerous warehouse, packing- 
plant and refrigeration-plant owners doing business in Milton, endorsing the 
request of the Milton City Council and the Chamber of Commerce for the pro- 
posed improvement. 


Mayor Birkbeck urged the Commission to include the project in the 
1949 construction program if it is not possible to do it sooner. He was in- 
formed by Commissioner Aldrich that the Commission is not in a position today 
to make any commitment of funds, particularly in view of the fact that there 
is a question whether or not the government officials would approve the Proj- 
ect for federal funds. 


Mayor Birkbeck then stated that they are extremely anxious that 
something be done to remedy the present conditions and that they would be glad 
to accept any type of improvement that the Commission might decide upon. Aft- 
er further discussion, the Commission decided to give consideration to a re- 
construction project through this town, costing about $9,000, without curbs, 
sidewalks, et cetera. 


A delegation from Helix, headed by L. L. Stockman, and consisting 
of the following: Tom Cook, George Woodward, Clint Mumford, L. Christopher, 
Isaac Christopher, and Frank Ghristopher, Gunder Tergeson, Randolph Cook, Hen- 
ry Campbell, Rufus Campbell, Raphael Raymond, Carl Engdahl, Fred Brown, W. A. 
Stockman, and Lowell Stockman, Allen Leek, Ed Snapp, Roy Penland, August Ku~- 
pers, Raymond Reece, and Gerald Gillespie, was present and asked the Commis- 
sion to give serious consideration to the oiling of the Havana-Helix Secondary 
State Highway and to the construction of a connecting road between this high- 
way and the proposed new highway between Pendleton and Adams. In this connec- 
tion the Secretany presented a letter from the County Court of Umatilla Coum- 
ty endorsing both projects but requesting that preference be given to the 
Havana-Helix Road. Mr. Stockman filed a letter from the Pendleton Chamber of 
Commerce also requesting the oiling of this road. 


The Commission thanked the delegation for its appearance and advised 
that their request would be given consideration in the formulation of future 
construction programs. 


At 2:00 o'clock p. m. the Commission returned to Coumissioner Ald- 
rich's office in the East Oregonian Building where bids as follows for the 
construction of the Klamath Falls maintenance building and for the sale of a 
residence building in North Portland were opened and read in conformance with 
previously published notice. 


MAINTENANCE BDILDING AT KLAMATH FALLS 


Angelo A. Doveri $19,540.95 

Snook Brothers 19,678.00 

W. D. Miller Construction Company 19,945-45 

Ellsworth Gray 20,594.25 

Contracting & Sales Company, Inc. 24,412.00 
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Unit C. Jewell-Olney rock production on the Nehalem 
highway (MP 8-28) in Clatsop County. 


Unit D. Stayton resurfacing, oiling and rock pro- 
duction on the North Santiam highway (MP 3-30) 
and Shaw two miles west in Marion County. 


2. That the said R. H. Baldock is hereby authorized and 
directed to furnish such information as the United States of America 
through the Federal Emergency Administration of Public Works may rea- 
sonably request in connection with the applications which are herein 
authorized to be filed. 


A letter was presented from Robert W. Sawyer, Bend, member of the 
Publicity Advisory Board appointed by the Commission to advise relative to 
publicity matters, requesting an opportunity to discuss with the Commission 
matters pertaining to the selection of personnel of another committee to ad- 
vise regarding the matter of signs, et cetera. The Secretary was instructed 
to invite Mr. Sawyer to be present at the next regular meeting of the Commis- 
sion in Portland. é 


At 1:30 o'clock p. m. the Commission met with several delegations 
in the Pendleton City Hall. 


A delegation from Milton was present in regard to the improvement 
of the present highway route through their city, where, they alleged, a dan- 
gerous condition now exists. They particularly requested improvement between 
a certain lumber yard and the railroad tracks. The delegation was headed by 
Dr. T. M. Birkbeck, Mayor, and consisted of the following: C. D. Hobbs, T.E. 
Weatberg, Cecil Olinger, J. H. Maxwell, Glenn Price, Fred Fullerton, J. D. 
Whitman, Hugh Murray, Glenn Strickler, Glenn Staggs, F. J. Wheeler, Leonard 
Sample, Martin Bjin, T. C. Elliott, C. E. Zerbe, Dr. Harry Flower, Dr. Gillis, 
and George Hibbert, City Manager. 


The Engineer explained the plans of the Commission for rerouting 
the highway south from the Washington-Oregon State line. The delegation asked 
the Commission to improve the present route regardless of the plans to reroute 
the highway. It was their contention that the present route would be used by 
traffic as much as any secondary state highway even after the new route is 
constructed because of the fact that the depot, warehouses, packing plants). 
and other facilities front on the present route and cannot be changed. 


The matter of the railroad tracks on the present route wags men- 
tioned and in this connection Mr. Hibbert stated that the railroad company 
has a franchise to occuvy this street but there is nothing in this franchise 
to prevent the moving of the tracks es may be desirable from the highway tref- 
fic standpoint. He also said that they are simply asking the Highway Commis- 
sion to widen the present road and make certain improvements, and stated that 
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improvement at the present time. The Engineer was instructed to bear the 
project in mind for future consideration. 


A letter was presented from the Oregon Timber Operators requesting 
permission to truck logs over the Coos River Secondary Highway, in Coos Coun- 
ty, during Saturday afternoons and Sundays, from a point one-half mile above 
Allegany to a point one-half mile below Allegany. The Commission granted the 
request upon recommendation of the Mngineer. 


The “Commission discussed a letter from the County Court of Lane 
County suggesting that the state designate as a state secondary highway the 
county road which extends from the Oregon Coast Highway,at a point about 3 
miles south of Florence, easterly across Woahink State Park to a place know 
as Canary. The Commission denied the request as a matter of policy, it being 
contrary to such policy to add more roads to the state secondary highway sys- 
tem at the present time. 


A letter was presented from County Judge N. E. Glass of Lane County 
requesting a location survey of the Noti-Walton Section of the Route "F" Sec- 
ondary Highway in Lane County, so as to permit the county to conduct a W.P.A. 
construction project thereon this winter. The Commission referred this mat- 
ter to the Engineer for investigation and report. 


A letter was presented from Champoeg Chapter, D. A. R., requesting 
permission to erect a marker on the state secondary highway 5 miles north of 
Newberg, directing attention to the location of the grave of Ewing Young, @ 
pioneer, who, it is alleged, was the first white man to die in what is now 
the State of Oregon. The Commission ordered that this matter be referred to 
Lewis A. McArthur, President of the Oregon Historical Society, for recommen- 
dation. 


A letter was presented from the Lower Columbia Associated Chambers 
of Commerce inviting members of the Commission and its staff to join a cara- 
van on September 10 from Portland to Seaview, Washington, it being the occa- 
sion of the Association's quarterly meeting. The Commission ordered that the 
Association be thanked for its invitation and informed that the Commission 
will be pleased to accept, if possible. The Engineer was delegated to repre~ 
sent the Commission on this occasion in the event that the Commissioners are 
not able to be present. 


The Commission considered and referred to the Travel and Information 
Department a letter from the Oregon Women's Industrial Forum, recommending 
that consideration be given to the colored moving pictures made by Miss Kathryn 
. Gunnell, Salem, in connection with the exhibit at the San Francisco World's 
Fair in 1939. 


The Commission considered and ordered filed a resolution from the 
County Court of Klamath County granting to the National Park Service permis- 
sion to erect a marker at the intersection of The Dalles—California Highway 
and the Whitney County Road, directing the geners.1 public to the Lava Beds 
National Monument. 
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RESIDENCE BUILDING IN NORTH PORTLAND 
1606 North McClellan Street, on Lots 11 and 12, Block 42, Kenton 
(Formetly owned by Emily A. Recard) 


Lebeck & Son $303.00 
Realty Finance Company 183.00 
Rose Smollinski 120.00 


The Commission decided to defer the award of the contract for the Klamath 
Falls maintenance building and accordingly referred the bids to the Engineer 
with power to make the award later. The following resolution covering the 
matter was adopted by the unanimous vote of the Commission: 


Moved by F. lL. Tou Velle and seconded by E. B. Aldrich 
that R. H. Baldock, State Highway Engineer, be and he is hereby 
empowered to award the contract for the construction of the Klam- 
ath Falls Building, PWA Docket Oregon 1177-F to Angelo Doveri, 
providing such award is satisfactory to C. C. Hockley, Regional 
Director, Public Works Administration. 


After consideration of the bids received for the sale of the house 
in Portland, the Engineer recommended acceptance of the offer of the high bid- 
der, Lebeck & Son, amounting to $303.00. The Commission approved the recom~ 
mendation and thereupon sold the building to Lebeck & Son at their bid of 
$303.00. 


Mr. J. De Wilde, Pendleton City Councilman, came before the Commis- 
sion and requested the erection of stop- and go- signs at the following street 
crossings: Main and Court, Court and Gardner, Cottonwood and Court, Alta and 
Main, Webb and Main, and Matlock and Court. The Commission deferred action 
on this matter pending a report from the Engineer as to the results of the 
traffic counts that have been taken heretofore in the city of Pendleton for 
the purpose of ascertaining whether or not traffic signals are justified. 


The Engineer brought up for discussion the matter of the purchase 
ef additional station boxes to complete the dictograph system in the Salem 
office. He said that, in order to secure full efficiency from the present 
dictograph system, it would be necessary to purchase 8 additional station 
boxes, which will cost approximately $2,500 installed. He recommended ap- 
proval of such expenditure. The purchase was approved by the Commission by 
unanimous vote. 


A letter was presented from the County Court of Yamhill County for- 
warding a resolution adopted by the County Court and a petition signed by 167 
residents of McMinnville and vicinity, requesting a sidewalk on the Yamhill 
River Bridge, which is located on the Threemile Lane Secondary Highway near 
the east city limits of McMinnville, for the protection of school children 
and other pedestrians who are required to use this structure. The Engineer 
estimated that such sidewalk construction would cost about $4,800. The Com- 
mission denied the request on account of lack of funds to finance the 
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A letter was presented from Lofts & Son, Inc., Hood River, offering 
objections to the Commission's allowing the contractor on paving work in the 
city of Hood River to obtain materials from the state-owned quarry about 4 
miles east»of the city, because Lofts & Son have a suitable privately-owned 
quarry available for such purposes and are willing and anxious to furnish the 
materials required. The Engineer advised that it has been the policy of the 
Commission for a long time to permit counties and cities to take materials 
from state-owned quarries and it is his recommendation that the city of Hood 
River be allowed the use of the state quarry notwithstanding the protest of 
Lofts & Son. The Commission approved the recommendation. 


The Commission considered and ordered filed a letter from McKenzie 
River Grange No. 878, Lane County, expressing appreciation for the guard fence 
and sight posts that have been constructed recently by state highway forces 
along the Leaburg Dam Section of the McKenzie Highway. 


The Commission also considered and ordered filed a letter from 
Ed. W. Miller, Manager of the Oregon Coast Highway Association, thanking 
the Commission for the improvements under way and those completed on the Ore- 
gon Coast Highway throughout its entire length, and suggesting that the Conm- 
mission take advantage of the prevailing low interest rates to secure addi- 
tional funds to hasten the highway construction program; and a letter from Mr. 
Samuel L. Brown, Portland, recommending certain changes in the Oregon Motor 
Vehicle Law. ; 


A letter was presented from the Bank of America, San Francisco, in- 
quiring as to the interests of the State Highway Commission in the bridge 
across the Columbia River at Longview, Washington, and whether or not the Com- 
mission is considering taking over this bridge as a state highway obligation. 
The Engineer was instructed to inform the Bank that the Oregon State Highway 
Commission is not interested in this project at the present time. 


The Secretary presented a letter from the Umatilla County Court re- 
questing the oiling of the Weston-Tollgate Section of the Weston-Elgin Second- 
ary State Highway. The Commission ordered the letter filed for future consid- 
eration. 


Reconsideration was given by the Commission to the application of 
the West Coast Power Company to construct its pole line through the state 
park recently acquired by the Commission from the Pratt interests adjacent to 
the Oregon Coast Highway at the Lane-Lincoln County line. The Engineer rec- 
ommended against the granting of the permit authorizing construction of this 
pole line through the body of the park. He pointed out that a permit has al- 
ready been issued authorizing telephone pole line construction on the easter- 
ly side of the highway right of way and that it is contrary to the Commis- 
sion's policy to authorize pole line construction on the westerly or ocean 
side of the highway. He recalled that at a previous meeting of the Commis- 
sion authority was given to grant a permit to the West Coast Power Company 
to overbuild the telephone line, provided the power company would allow the 
telephone company the joint use of its poles, and in this connection he ad- 
vised that such type of construction has been disapproved by the power company 
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The Commission considered and referred to the Engineer for investiga+ 
tion and report letters from the City of Coquille and the Coquille Ghamber of 
Commerce, requesting the rerouting of the Goos Bay-Roseburg Highway through Co- 
quille on Hall Street rather than on Taylor Streets also requesting certain 
signs directing traffic to the Oregon Coast Highway. 


The Commission considered and ordered filed a letter from the North 


Bend Chamber of Commerce thanking the Commission for the improvement made on 
Sherman Avenue, in North Bend. 


Reconsideration was given by the Commission to the request of Bowman- 
Hicks Lumber Company, La Grande, for permission to transport logs over a 
2-Mile section of the Wallowa Lake Highway just west of the town of Wallowa 
Guring Saturday afternoons and holidays. The Commission granted the request 
upon recommendation of the Engineer, subject to the condition that the permit 
Will be revoked as soon as traffic conditions justify such action. 


: Similar action was taken by the Commission on the request of J. E. 
Twidwell, La Grande, to transport logs over the Wallowa Lake Highway during 
Saturday afternoons and holidays between the town of Elgin and Mile Post 27.0, 


A letter was presented from 0. W. Fraser, Marshfield, requesting 
permission to leave his gasoline pump on the right of way of the Oregon Coast 
Highway, near Marshfield, for a limited time, so as to give him an opportuni- 
ty to obtain sufficient funds with which to finance removal of the same. Mr. 
Fraser also mentioned a dangerous condition that exists because of a faulty 
highway culvert located near his place of business. After discussion the Com- 
mission decided to give Mr. Fraser 3 months within which to remove his pump 
from-the highway right of way and instructed the Attorney to so inform hin. 
The matter of the culvert hazard was referred to the Engineer for investiga- 
tion and report. 


The Attorney reported that it would be a great convenience to his 
office if the Oregon Road and Highway Laws were recodified. He requested au- 
thority to employ someone to do this work. The Commission approved his re- 
quest. 


The Commission approved the Engineer's ietter dated August 26, 1938, 
directed to Mr. Edwin G. Amme, Attorney, of Portland, in reply to Mr. Amme's 
letter of August 10 criticizing the Highway Commiss ion for improving Sandy 
Boulevard between 14th Avenue and 45th Avenue, in Portland. 


The Commission approved the Engineer's letter dated August 30, 1938, 
directed to J. R. Tomlinson, Secretary, Portlamd Chapter, Nationei Electrical 
Contractors' Association, and his letter of the same date directed to J. H. 
Lake, Business Manager of the International Brotherhood of ElectricalWorkers, 
Local Union, relative to the contracting of traffic signal installations in the 
city of Portland. In such letters the Engineer stated that he would rec 
to the Commission the contracting of such installations wherever the amount of 
work justifies such procedure and provided reasonable bids are received. Fur- 
thermore, he would recommend that, if possible, the installation of individual 
signals be deferred until there is 4 sufficient number of such installations 
to warrant contracting the same. 
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with the progress of their work and was the reason for their fail- 
ure to complete the project within the specified time limit. The 
Engineer advised that the quarry from which the road materials 
were taken was at a high elevation and required dry weather for 
proper screening. Due to the late spring, he said, it was not 
possible to properly manufacture the materials during the early 
part of the year, so the contractor was permitted to defer the 
crushing operations until the weather was suitable. He further 
advised that the state has not incurred any extra engineering ex- 
pense in connection with this job; also, that the contractor pro- 
duced sufficient maintenance materials in ample time for this sea- 
son's work. He recommended, in view of the circumstances, that 
the extension requested be granted without penalty. The Commission 
approved the recommendation. 


Mountain States Construction Company, Contract No. 2031, 
for grading and paving the Smith Point-Young's Bay Bridge Section 
of the Oregon Coast Highway, in Clatsop County, requested an exten- 
sion of time of two days, from June 30 to July 2, 1938, within 
which to complete this project. The Engineer advised that the con- 
tractor was required to do considerable extra work in connection 
with this job, particularly the removal of unsuitable fill material 
and refilling with material suitable as a subgrade for the new pave- 
ment. He recommended that the extension requested be granted with- 
out penalty and presented a letter from the United States Bureau of 
Public Roacs concurring therein. The Commission approved the rec- 
cumendation by unanimous vote. 


0. C. Yocom, Contract No. 2033, for surfacing the North 
Unit of the Missouri Flat Section of the Medical Springs Secondary 
Highway, in Baker County, requested an extension of time from May 
31 to July 20, 1938, within which to complete this project. wr. 
Yocom alleges that the award of this contract was made contingent 


upon the award of Contve:t No. 2032 for the construction of the 
Gibbs Ranch-Baker Sectio. of the Baker-Unity Highway, which job was 


completed on March 15 at a time when it was impossible to commence 
the Missouri Flat project because of unusually wet weather. He 
further alleges that bad weather slowed up the progress of the work 
so that the job was not completed until July 20. The Engineer ad- 
vised that the reasons given by the contractor for failure to com- 
plete this project within the specified time limit are substantial- 
ly correct. He further advised that the state has not incurred any 
extra expense for engineering supervision, neither has the traveling 
public been inconvenienced by the delay. He recommended, in view 
thereof, that the extension requested be granted without penalty. 
The Commission approved the recommendation unanimously. 


Harold Blake, Contract No. 2035, for construction of Port- 
land cement concrete pavement on the Ross Station-Arvard Section of 
the Pacific Highway, in Lane County, requested an extension of time 
of 13 days, from July 31 to August 13, 1938, within which to complete 
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and the telephone company and also by the chief engineer of the Public Utili- 
ties Commissioner's office because of the interference that the power circuit 
would cause to the telephone circuit, which leaves only two alternates; viz,, 
construction of the power line underground on the easterly side of the high- 
way right of way, or the construction of a power pole line along the extreme 
easterly line of the state park. 


After considerable discussion, the Commission decided to require the 
power company to build its pole line on the extreme easterly edge of the state 
park or to install its circuits underground on the highway right of way. 


The Commission considered the following requests for extensions of 
time within which to complete highway construction projects: 


Medford Concrete Construction Company, Contract No. 1943, 
for furnishing crushed materials in stock pile for the Valley Falls- 
Cinder Butte Section of the Lakeview-Burns and Fremont Highways, in 
Lake and Harney Counties, requested an additional extension of time, 
from November 1, 1937, to August 10, 1938, within which to complete 
this project. They gave no reason for failure to complete the proj- 
ect within the spec. cied time limit. The Engineer advised that this 
contract was awarded on December 17, 1936, and that the completion 
date specified therein was May 31, 1937. He further advised that 
the Commission previously extended the completion date to-November 1, 
1937, subject to the condition that the contractor would be charged 
for the cost of engineering expense incurred by the state subsequent 
to the date of completion specified in the contract. He recommended 
that the extension now requested be granted subject to the same pen~ 
alty, that the contractor be charged for all engineering expense in- 
curred by the state subsequent to May 31, 1937. The Commission ap- 
proved the recommendation by unanimous vote. 


Warren-Northwest, Inc., contract lio. 1972, for surfacing 
and oiling the Burns-Buchanan Section of the Central Oregon Highway, 
in Harney County, requested an extension of time from July 31 to Au- 
gust 2, 1938, within which to complete this project. They alleged 
that their failure to complete the project within the specified time 
limit was due to the fact that they were required to do more work 
than the contract called for. The Engineer advised that the con- 
tract overran the time limit by only three days, the reason being 
that the contractor was required to place certain rip rep work that 
was not contemplated in the original contract. He recommended that 
the extension requested be granted without penalty and presented a 
letter from the United States Bureau of Public Roads concurring 
therein. The Commission approved the recommendation unanimously. 


Rogers Construction Company, Contract No. 2029, for furnish- 
ing crushed rock in stock pile for the Kamela-La Grande Section of the 
Old Oregon Trail, in Union County, requested an extension of time of 
73 days, from April 30 to July lz, 1938, within which to complete this 
job. The contractors alleged that bad weather conditions interfered 
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specifications. The Engineer advised that the state incurred no ex- 
tra engineering expense due to this overrun of time limit and rec- 
ommended that the extension requested be granted without penalty. 
The Commission approved the recommendation. 


Schmeer, Williams, and Gentemann, Contract No. 2057, for 
furnishing crushed rock in stock pile for the Hood River Rock Pro- 
duction Project on the Columbia River and Mt. Hood Highways, in 
Hood River and Wasco Counties, requested an extension of time from 
July 31 to August 15, 1938, within which to complete this job. 

They said that their quarry consisted of a slide which had only a 
very shallow covering of clean rock on the surface and for such 
reason their progress was delayed because they had to move their 
equipment around often to secure the best supply of material pos- 
sible for the state. The Engineer advised that, in his estimation, 
there is no reason why the contractors should not have compieted 
thas project within the specified time limit. He recommended, 
therefore, that the extension requested be granted but that the 
contractos be charged for all extra engineering expense incurred by 
the state subsequent to the specified completion date, July 31,1938. 
The Commission approved the recommendation unanimously. 


The Engineer reported that Contracts Nos. 1943, 1972, 2031, 2033, 
2035, 2037, 2057, 208, and 2091, for the construction of state highway proj- 
ects, have been completed according to the terms and provisions of the con- 
tracts and said jobs are now ready for acceptance. The following resolution 
accepting the above projects was offered and was adopted by the unanimous 
vote of the Commissioners present: 


WHEREAS, the Engineer has reported that the following 
State Highway Commission contracts for the construction of state 
highway projects have been completed according to the terms and 
provisions of the contracts or modifications thereof and said jobs 
are now ready for acceptance: 


Contract No. 1943, with Medford Concrete Construction 
Company, for furnishing crushed rock for the Valley Falls- 
Cinder Butte Section of the Lakeview-Burns and Fremont High- 
ways, in Lake and Harney Counties. Completed July 21, 1938. 


Contract No. 1972, with Warren Northwest, Inc., for 
topping and road mix surfacing on the Burns-Buchanan Sec- 
tion of the Central Oregon Highway, in Harney County. Com- 
pleted August 2, 1938. 

Contract No. 2031, with Mountain States Construction 
Company, for grading and paving the Smith Point-Youngs Bay 
Bridge Section of the Oregon Coast Highway, in Clatsop 
County. Completed July 2, 1938. 


Contract No. 2033, with 0. C. Yocom, for surfacing 
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this job. He gave the following reasons for failure to complete the 
project within the specified time limit: (1) Wet weather conditions 
prohibited work until May 1, almost four months after the contract 
was awarded; (2) Unforeseen difficulties in developing aggregates 
for paving work, such as the gravel pit being full of water and ma- 
terials being extremely hard to excavate, necessitating the use of 
dynamite. The Engineer advised that the only reason that he could 
give for failure of the contractor to complete the project within 

the specified time limit was that he preferred not to erect his plant 
until he knew whether or not he would be successful in securing the 
contract for the paving of the adjoining section. He recommended, 

in view thereof, that the extension requested be granted but that the 
contractor be charged for the engineering expense incurred by the 
state subsequent to the specified date of completion. He presented 
a letter from the United Stetes Bureau of Public Roads concurring 
therein. The Commission approved the recommendation. 


Leonard & Slate, Contract No. 2037, for grading, surfacing, 
and oiling the Butte Creek Section of the John Day Highway, in Wheel- 
er County, requested an extension of time of 15 days, from July 31 
to August 15, 1938, within which to complete this job. They attrib- 
uted their failure to complete the job within the specified time lim- 
it to the extra work required to develop several pits from which to 
secure topping materiel for this project. The Engineer advised that 
the reason given by the contractors for failure to complete the proj- 
ect within the specified lime limit is only partially correct inas- 
much as his record discloses that only 6 days were lost by reason of 
development of the pits for roadbed topping. He further advised that 
the contract provided for the placing of loose talus materials a5 & 
final topping course but the contractors used quarry material instead 
and, due to the fact that such material was harder to handle than the 
talus material, requiring blasting, they lost about 4 additional days. 
He gave as his thought that the contract should have been completed 
by August 9, so that a 10-day extension of time should be sufficient. 
Accordingly, he recommended that an extension of time of 10 days be 
granted without penalty and that the contractor should be charged for 
all of the engineering expense incurred by the state subsequent to 
the expiration of such 10-day period, or subsequent to August 10,1938. 
A letter from the United States Bureau of Public Roads concurring in 
such recommendation was presented. The Commission approved the rec- 
ommendation unanimously. 


Mountain States Construction Company, Contract No. 2047, 
for furnishiig crushed materials in stock pile for the Mohler-Kilchis 
River Section of the Oregon Coast Highway, in Tillamook County, re- 
quested an extension of time of 8 days, from June 30 to July 8, 1938, 
within which to complete this contract. They attributed their fail- 
ure to complete the project within the specified time limit to the 
fact that it was necessary to put an extra amount of material through 
their plant due to reject materials, before they could obtain a suf- 
ficient quantity of the various sizes of rock required to meet the 


AUG 30 1938 


Agreement with Henry and Anna A. Blankinship, husband and 
wife, providing for the substitution of ea fill for a certain cat- 
tle pass located at Mile Post 24.13 on the Santiam Highway, in 
Linn County, being designated as Bridge No. 151-16. 


Bargain and Sale Deed conveying unto James J. Tuma a parcel 
of land containing 0.25 acre, situate in the N} of Section 23, T. 
12 S., R. 2 W., W. M., Linn County, Oregon, being Right of Way 
Transaction No. 6090. 


Bargain and Sale Deed reconveying unto Douglas County certain 
lands formerly owned by W. G. Hoagland and which were acquired by 
the state by mistake, at tax sale. 


Permit extending to W. E. Purkeson the privilege of dispos- 
ing of certain materials from a quarry which the State Highway Com- 
mission has under lease from hin. 


The Commission adjourned at 3:00 o'clock p. m. 


, 


ssioner and Acting C 
PK Iu lAle 


State Highway Engineer Commissioner 


Portland, Oregon, September 19, 1938 


The State Highway Commission met in regular session at 7:30 o'clock 
p» m. in Room 204, Benson Hotel. Present were: 


E. B. Aldrich, Commissioner and Acting Chairman 
F. L. Tou Velle, Commissioner 

R. H. Baldock, State Highway Engineer 

J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


The Engineer requested authority to acquire certain parcels of real 
property that are needed for various highway improvements throughout the 
state. He submitted a list of such properties together with prices that he 
recommended be paid for each. After careful consideration, the Commission ap- 
proved the request and adopted the following resolution by the unanimous vote 
of the Commissioners present: 
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the North Unit, Missouri Flat Section of the Medical Springs 
Secondary Highway, in Baker County. Completed July 20, 1938. 


Contract No. 2035, with Harold Blake, for paving the 
Ross Station-Arvard Section of the Pacific Highway, in Lane 


County. Completed August 13, 1938. 


Contract No. 2037, with Leonard & Slate, for grading, 
surfacing, and oiling the Butte Creek Section of the John 
Day Highway, in Wheeler County. Completed August 13, 1938. 


Contract No. 2057, with Schmeer, Williams & Gentemann, 
for furnishing crushed rock on the Columbia River and Mt. 
Hood Highways, in Hood River and Wasco Counties. Completed 
August 10, 1938. 


Contract No. 208, with A. M. Jannsen Drilling Company, 
for drilling a well near Brothers, on the Central Oregon 
Highway, in Deschutes County. Completed August 6, 1938. 


4 
¢ 
4 
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Contract No. 2091, with J. C. Compton, for surfacing 
and oiling the Wigrich-Buena Vista Section of the Indepen- 
dence-Buena Vista County Road, in Polk County. Completed 
August 22, 1938. 


THEREFORE, BE IT RESOLVED, that the work covered by said 
state highway contracts for the construction of said state highway 
projects be declared completed according to the terms of the re- 
spective contracts, and said jobs are hereby accepted and final pay- 
ment in connection with each is hereby authorized. 


The Commission considered and signed agreements, et cetera, as fol- 
lows: 


Agreement with the Southern Pacific Company relative to the 
proposed Albany Overcrossing Project. 


Agreement with Mountain States Power Company covering re- 
vision of the company's water lines adjacent to the Albany Grade 
Separation Project, in Albany. 


Agreement with E. F. and W. F. Philpott, providing for dis- 
posal of their claim for extre compensation arising out of their 
contract No. 1944 with the State Highway Commission for the con- 
struction of a bridge over Necarney Creek on the Oregon Coast 
Highway, in Tillamook County. 


Agreement with L. H. and F. R. Williams for the drilling of 
test holes or wells along the John Day Highway. 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Ce ee Rothrock 


gtor chwe 
R/ Vi 1.34 $125 per a.t+ $120.40 Parker 
6223-Courter ,Wm. Gravel Pit 2 


0 $100 per a. Wells 


Columbia Boule v Section — Pacif hway We 
5079-Roskoski, Anton i 10500 sq.ft,at WAT: sq.ft.plus 
$8,500 plus $800 plus 


portions Lots 3,4,5,6, 
and 7, Block 3, Kenview,, 


Portland - Kaufer 
Newport-Yachats Section ~ Oregon Coast Highway 
4475-Southeyn Pacific Company 63.315 Lump Sum $4,106.75 DeSouza 
Scenic Preservation 
Parkdale Section — Mt. Hood Highway 
6250-Hood River County Stock Pile 0.99 Lump Sum $100 Peck 
6281-Hood River County " " 0.91 * $1 " 
6280-Hood River County x e 1.04 " » $1 * 
Brothers-Harney C e Section - Central Oregon Hi ; 
6139-Asibaugh, Chas. W. 3.504 Lump Sum $5 McCallister 
6203-State Land Board R/W & Drainage 1.81 at $2.50 per a. " 
Ditch 
6128-State Land Board R/W 6.751 at $2.50 " " : 
6135-Cocper, Mary S. R/W 11.894 $1 per a.+ $61.50 
(fencing) n 
6147-State Land Board Grevel Pit 40 $2.50 per a. " 
6127-State Land Board R/W 19.67 $2.50 per a. n 
614l1-Rogers, Earl F. R/W 20.0h $1 per a. ” 


yuiee River-Scotts Butte Section - I.0.N. Highway 

200-Malheur County Gravel Pit 17.54 Gratis Wells 
Mitchell-Dayville tion - Ochoco Hig . 

6215-State Land Board R/W 0.457 Lump Sum $10 + fencing Benson 


6217-Laughlin, Oral " 0.52 Lump Sum $10 

plus moving fence * 
6216-Laughlin, E. R. ° 0.17 Lump Sum $10 

plus moving fence ® 
6213-Blann, Mary G. " 0.305 Lump Sum $10 + $7.50 

plus moving fence ® 
6220-Sigfrit, Lena " 0.427 Lump Sum $10 + $7.50 

plus moving fence ° 
6218-Showm, H. C. sd 0.394 Lump Sum $10 + $7.50 

plus moving fence ° 

Mill Creek-Marks Creek Section - 
6189-Bank of California Quarry 0.8 $10 per a. Gardiner 
6191-State Land Board 7.5 $10 per a 
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WHEREAS, in connection with the further improvement of the 
highways hereinafter designated, it in and has been necessary to ac- 
quire property for right of way, quarry sites, gravel or other ma- 
terial sites, or sites for the storage of materials, as hereinafter 
more definitely set forth; and 


WHEREAS, as 4 result of negotiations carried on with the 
owners of the property required, options. have been obtained, which 
options have been considered by the Commission, outlining the bases 
of settlement which have been agreed upon; and 


WHEREAS, it is the judgment of the Commission that the 
said options ghould be approved and accepted, and/or the said re- 
ports be declared acceptable to the State Highway Commission as ba- 
ses of settlement for the properties involved, and that the acqui- 
sition of the properties should be completed: 


NOW, THEREFORE, BE IT RESOLVED that the several offers, 
or bases of settlement hereinafter enumerated be, and the same here- 
by are, approved and accepted, and that the Attorney for the State 
Highway Commission be, and he hereby is instructed to complete the 
acquisition of the said properties and to take title thereto in the 
name of the State of Oregon. The said properties hereby ordered 
and authorized to be acquired are as follows: 


ey Mea ie ali ail <p st et io) ne 


r 


Section, Hwy., and Omer Purpose Acres Approximate Amounts Agent 


Astoria Section - Oregon Coast Highway 
5923-Strong,Frederick H. Maintenance Lump Sum $60.00 Collins 


Site 16650 sq.ft. 
r ion - c Wi 
4 ox, Maude (Correction 0.016 Land Gratie plus $535 Parker 


Lombard-Killingsworth Section - Northeast Portland Highway 
5493-Burgard, Ernest C.(Correction 


and Benj.Franklin Savings & 2¢ sq.ft. plus $712.50 
Loan Association RAs 900 sq.ft. Parker 


wood Section — W ver 
oo Gretchen + 2.09 Lump Sum $1 McChesney 


Silver F Ci ction - Silver Creek Fi 
6248-Crosby, Augusta P. Park 5000 sq.ft. Lump Sum $50 McCallister 
6249-Marion County ° 5000" " Gratis ” 


* 
4973-Ward, E. G. ae 3083 sq.ft. Lump Sum $300 Gardiner 
n 


5136-Rankin, Arline 0. a 1361 * 5¢ sq.ft.plus $206.95 Devers 


ee W. H. Gravel Pit 20 ie per a.+ $102 Benson 


e 
& Stock Pile Site 
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that while the lease is in the name of Mr. Lucas, his father-in-law, Mr. Fol- 
som, has been conducting a service station on the property for the last four 
years and it is Mr. Lucas's desire to sell his interest to Mr. Folsom, if the 
Highway Commission will approve the transfer of the lease rights. 


The Engineer gave as his thought, in view of the fact that the 
lease has nearly five years more to run, that there would be no objections to 
such transfer. However, he suggested that, if the Commission approves the 
transfer, it be subject to the condition that the lease will not be renewed 
after its expiration date and that the lessee turn the property back to the 
state in a satisfactory condition. He recommended favorable consideration of 
Mr. Lucas's request on such basis. The Commission approved the recommenda- 
tion by the unanimous vote of the Commissioners present. 


The Commission had under discussion a letter from Mr. H. Cogesnall, 
who is asking the Commission to complete the acquisition of right of way for 
a proposed revision of the Pacific Highway acrog# his property south of Grants 
Pass so that he may properly develop the balance of his property. The Engi- 
neer advised that the Commission has in mind a revision of the highway at 
this point but no money has been allocated for the same for expenditure 
either this year or next year, so there is a question whether or not the Com- 
mission should proceed with the acquisition of right of way at this time. 

The Commission decided, in view of the circumstances, to defer the purchase 
of the right of way across Mr. Cogeshall's property until it is actually need- 
ed for construction, unless a very advantageous deal can be made for the same. 


A letter was presented from County Judge Siegmund, Marion County, 
in regard to securing reimbursement for funds advanced by the county for the 
acquisition of 200 acres of government land as an addition to the Silver Creek 
Falls State Park. Judge Siegmund alleged that this purchase was made by the 
Marion County Court in 1931 as an accommodation to the State Highway Commis- 
sion, it appearing at that time that the state was unable to make the purchase 
because of certain federal restrictions, and the County Court agreed to advance 
county funds for the purpose, with the understanding that it would be reim- 
bursed later by the state. Judge Siegmund advised that the county paid $500 
for this land and is now ready and willing to deed it to the state as soon as 
the state reimburses the county in the amount of the purchase price. After 
discussion the Commission approved payment of $500 to the county upon receipt 
of the deed conveying the tract to the state. 


Mr. J. R. Hulburt, President of the Sunset Logging Company, Port- 
land, came before the Commission in regard to exchange of certain timbered 
areas adjacent to the Wolf Creek Highway. It appears that in the acquisition 
of right of way for this highway it was necessary to acquire certain proper- 
ties that are of no value to the state from the right of way or park stand- 
point, which properties are in close proximity to the lands of the Sunset 
Logging Company, which are now being logged off. Also, that the Sunset Log- 
ging Company owns certain timber tracts adjacent to the kighway which should 
be owned by the state in order to preserve the scenic beauty of the highway; 
and that the Sunset Logging Company is willing to exchange its holdings for 
the state's vroperty if satisfactory arrangements can be made with the Com- 
mission. M-.. Halbuct advised that an immediate decision is required because 
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Section, Hiwy., and Omer Purpose Acres Approximate amounts Agent 


Forest B = Section - We - ec 
7 ’ Stock Pile i; Lump Sum $25 Williams 


Jam’,eson-Lancaster Section — John Day Highway 
59t j-World War Veterans! $125 per a. 


State Aid Commission R/W 0.37 plus $53.75 
ve t - Warm § B 4 
6227-Federal Land Bank Quarry 24.7 $5 per a. 
of Spokane plus $217.60 


W. on River-Crooked Creek Section - The Dall 
152-Hosley, Maud A. 4e per 4. 


Eeisiey Chalks Creek Section - Fremont Highway 
561 an, Richard Jr. Gravel Pit 12.22 $81.83 per a. McCallister 


Lump Sum $1,000 


Vpn Tai Ra Dice Let Lv. SS cpm 


larro’ ote Flat Section - Frenchglen Seconda WA, 
6274-Newton, William L. Gravel Pit -0 Lump Sum $200 Williams 


sojumbie Boulevard Harding Aven ection - Pacific Hi 
5 Reid, John J. (correction 4 lots lump Sum $1,250 . Benson 


The State Parks Superintendent, S. H. Boardman, was present and 
brought up for discussion the matter of acquiring strips of undeveloped land 
lying between the Oregon Coast Highway and the Pacific Ocean from Newport to 
Yachats. He gave as his thought that the state should acquire these. proper- 
ties so 4s to preserve an wrestricted view of the ocean from the highway, 
and that the Commission would be justified in paying as much as $500 an acre, 
if necessary. After discussion the Commission authorized the State Parks Su- 
perintendent to negotiate for the strips and report later the amount of money 
involved to acquire them. 


The Commission considered the request of Robert E. Porter for the 
leasing of a parcel of land on the Grubb College Section of the Dayton-Amity 
Highway in the vicinity of Station 115, which property contains 6.14 acres 
outside of the standard right of way limits, and was acquired from R. A. Har- 
pole under right of way file No. 3262 (main office file No. 3170). After con- 
sideration, the Commission authorized the leasing of the property for the term 
from October 1, 1938, to September 30, 1939, both dates inclusive, for a con- 
sideration of $30.70 to be paid in advance. 


The Commission had under consideration the matter of permitting Mr. 
K. N. Lucas to assign or transfer to a Mr. William G. Folsom a certain lease 
covering state-owned property situate adjacent to the Siuslaw Highway in the 
vicinity of Rainrock, being State Highway Commission Miscellaneous Contract 
No. 168. The Engineer advised that Mr. Lucas now holds a lease to the prop- 
erty in question and the same does not expire until March 1, 1943; further, 
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the extra right of way that will be needed. A report on the subject is to be 
rendered to the Commission as soon as possible. 


The application ofaMr. Bollinger, Pendleton, to maintain a finger- 
board sign reading "Bollinger ‘iood Camp", along the Old Oregon Trail near 
Emigrant Springs Park, had the attention of the Commission. It appears that 
Mr. Bollinger has a wood camp in this vicinity and that many people from Pen- 
dleton who purchase wood from him have difficulty in locating his place be- 
cause of the absence of an appropriate sign on the highway. It appeared to 
the Commission that a sign worded as Mr. Bollinger desired would not meet the 
legal requirements, hence the request for the same, so worded, was denied; 
however, the Commission approved the erection of a sign worded "Bollinger 


Road", it being the opinion of the Commission that such a sign would meet the 
requirements. 


The Engineer reported that in conformance with authority previously 
granted him by the Commission he awarded, on September 2, 1938, to Angelo Do- 
veri, Klamath Falls, the contract for the construction of the Klamath Falls 
maintenance building, for which bids were taken by the Commission on August 
30, 1938, Mr. Doveri's bid being the low one received for this project, and 
the conditions of the award having been satisfied. The Commission approved 
the award of this project as reported. 


The matter of reducing the load limit on the Neahkahnie Mountain 

Chasm Bridge on the Oregon Coast Highway, in Tillamook County, had the atten- 
tion of the Commission. The Engineer recommended that loads be restricted to 
a maximum of 10 tons in view of the fact that the bridge has been damaged by 
rocks rolling down the mountain side and is considered unsafe for loads weigh- 
ing in excess of 10 tons. The Commission approved the Ingineer's recommenda- 
tion and adopted the following resolution in regard thereto by the unanimous 
vote of the members present: 


WHEREAS, the Oregon Coast Highway (Neahkahnie Route) has 
been designated and declared to be and is a state highway and is be- 
ing maintained by the State Highway Commission, pursuant to the laws 
of the State of Oregon as a state highway; 


AND WHEREAS, on the said state highway there is located a 
certain bridge structure which, in the judgment of the State High- 
way Commission, is incapable of safely carrying the traffic to 
which it is being subjected, and in order to protect said bridge 
structure against damage and injury and in order to safeguard traf- 
fic over said bridge structure-it is deemedand is the judgment of 
the Highway Commission and said Commission finds that it will be 
for the best interests of the said bridge structure and of the 
traffic which uses the said bridge structure that the maximum 
weights now permitted and authorized by law be reduced; 


AND WHEREAS, the State Highway Commission hes, after due 


investigation, determined and found, and it is the judgment of the 
Commission that the maximum gross loads which shall be permitted 
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the company has now completed its operations on the tract adjacent to the: 
state property and plans to take up its railroad tracks immediately unless it 
can secure the state's timber. Furthermore, the company plans to cut the tin- 
ber next to the highway as its next operation unless the state acquires it. 
After considerable discussion, the Commission told Mr. Hulburt that a decision 
would be rendered on the following day if possible and in the meantime the 
tract would be inspected by the State Parks Superintendent and the Construc- 
tion Engineer, and a report renderéd for the Commission's guidance. (This 
matter was reconsidered by the Commission at 2:00 o'clock p. m. on the follow- 
ing day in the Benson Hotel, at which time the Commission considered the re- 
port of the State Parks Superintendent and the Construetion Engineer. Mr. 
Hulburt was also present at such meeting. Mr. Hulburt made the Commission an 
offer for exchange of properties, which was refused. The matter of the state 
acquiring the timber strip along the highway on a4 cash basis was then dis- 
cussed. Mr. Hulburt advised that he would have to consult his associates rel- 
ative to sale on such basis and would let the Commission kmow so that the mat- 
ter could be discussed at the Commission's next regular meeting on September 
29. This concluded the conference. Following the conference thé Commission 
discussed the matter further, and authorized the Engineer to employ Mr. 

Walsh of Brown & Brown, Logging Engineers, Portland, to assist in appraising 
a 300-foot strip of the company's timber land along each side of the highway 
right of way so that such information would be available when the matter is 
discussed with Mr. Hulburt on September 29.) 


The Engineer reported on the matter of installation of traffic sig- 
nels in the city of Pendleton, as was previously requested by the Pendleton 
City Council. He advised tha; there is not enough traffic along the route of 
the Old Oregon Trail to justify the expense of installing "stop" and "go" 
signals at the intersections requested, but a study of traffic reports indi- 


cates that the installation of flashing beacons at the intersection of Court 
Street with Main Street and with Matlock Street is justified. After discus- 


sion the Commission authorized the installation of such flashing beacans, 
provided the city of Pendleton will pay one-half the cost thereof, which is 
in line with the Commission's recently adopted policy with regard to such 
matters. 


The Fngineer reported on the matter of permitting sidewalk construc- 
tion along the Santiam Highway in the town of Sweet Home. It appears that 
the right of way, for the most part, is 80 feet wide, but along one particu- 
lar section it is only 60 feet wide, and at such location property owners are 
desirous of constructing a sidewalk on the highway right of way, which will not 
conform to the sidewalk already in place where the right of way is 80 feet 
wide. It also appears that the Commission has plans for the widening of the 
right of way to 80 feet throughout this town at some future date, but, be~ - 
cause of the expense involved,does not contemplate doing so now. It further 


appears that the property owners are very anxious to construct their sidewalk 
and that some of them are willing to donate right of way as may be needed to 
provide a uniform improvement, but the project is blocked because other prop- 
erty owners feel that a 60-foot right of way is wide enough and that they 
should be paid for the land taken to provide a wider one. After discussion, 
and in view of the desire of the Commission to help the town in this matter 
as much as possible, the Commission authorized the securing of options for 
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After discussion the Commission approved the purchases as requested. 


The Commission considered and approved payment of the bill of the 
American Road Builders Association in the amount of $5.00, covering member- 
ship of the State Highway Engineer in such association during the year 1938. 


The Commission considered the adoption of minimum wage rates to be 
paid by contractors for labor employed on the Brownsville Section of the 
Halsey-Sweet Home Secondary Highway, in Linn County, being P.W.A. Docket No. 
Oregon 1250-F. The following resolution in regard thereto was adopted by the 


unanimous vote of the Commissioners present: 


WHEREAS, a thorough investigation has been made of the 
hourly wage rates which are being paid in Linn County which is the 
locality in which the »roposed project (hereinafter referred to as 
"project") is to be constructed by the Oregon State Highway Commis- 
sion, to employees in each trade or occupation engaged in work of 
a nature similar to the work to be performed in the construction 
of said project and the prevailing hourly wage rates being paid in 
such locality to such employees for such work have been determined 
by an examination of the wage rates paid on various jobs as listed 
on Exhibit "A" attached hereto, which work is comperable to the 
work to be performed in this project. 


NOW, THEREFORE, Be It Resolved by the Oregon State High- 
way Commission of the State of Oregon that the following rates for 
the respective trades or occupations listed below shall be and are 
hereby fixed as the minimum hourly wage rates and have been deter- 
mined in accordance with rates prevailing for work of a similar na- 
ture in the locality in which the project is to be constructed: 


Shovel Operator $1.20 . Truck Driver (over 14-ton manu- 
Caterpillar Operator facturer's rated capacity) $0.75 
(Le Tourneau) 1.20 Distributor Operator 0.75 
Retort Operator 0.85 Power Broom Operator 0.75 
Mechanic 1.20 Leverman 0.75 
1.00 Leader Operator 0.75 
Boilerman 0.75 Miscellaneous Labor 0.50 
Oiler 0.75 Retort Fireman 0.80 
Blademan 0.75 ‘Truck Driver (14-ton manu- 
Roller Operator 0.75 facturer's rated capacity 
Dumpman 0.75 or less) 0.50 


Be It Further Resolved that the foregoing list of trades 
or occupations includes to the best of our knowledge all the classi- 
fications of employees who will be engaged in work on said project 


other than executive, supervisory, administrative, clerical, or other 


non-manual workers as such. 


Be It Further Resolved that there be transmitted with this 
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upon any single span of the said structure at any time shell be re- 
duced and fixed as in this order provided; 


NOW, THEREFORE, the premises being in part as above stated 
and the State Highway Commission having as a result of due investi- 
gation found that the bridge structure above referred to and herein- 
after designated is incapable of safely sustaining or supporting a 
total gross load in excess of that specified hereinbelow; 


IT IS HEREBY ORDERED, that the total gross weight of com- 
bined load and vehicle which at any one time shall be permitted upon 
any single or individual span of the bridge structure hereinbelow 
designated shall not exceed the limits given and set forth herein- 
below. In computing the total weight of any single vehicle, the to- 
tal gross weight of any trailer or trailers attached to said vehicle 
shall be considered as a component part of the total gross load and 
shall not be considered as a seperate vehicle. This combined gross 
weight shall not exceed the limits given hereinbelow, to wit: 


OREGON COAST HIGHWAY (NEAHKAHNIE ROUTE) 
9A-40.0 Neahkahnie Mountain Chasm Bridge 10 tons 


IT IS FURTHER ORDERED that these rules and regulations as 
made and found by the State Highway Commission under the provisions 
of Section 83 of Chapter 360, Oregon Laws 1931, Section 55-2707 Oregon 
Code 1935 Supplement, shall be in full force and effect from the 19th 
day of September, 1938, until rescinded, modified or revoked by or- 
der of the State Highway Commission. 


AND IT IS FURTHER ORDERED, that a notice be posted in a 
conspicuous manner and place at each end of the above-named bridge 
structure so that said notice can be readily seen and read, which 
notice shall state plainly the limitations and prohibitions of the 
traffic hereby in this order determined and fixed. 


AND BE IT FURTHER ORDERED that a certified copy of this or- 
der be furnished to the county clerk of the county in which said 
bridge is located and that a certified copy of said order be fur- 
nished the Superintendent of the Department of State Police for his 
information. 


The Engineer requested authority to purchase the following equipment: 


One automobile of a type similar to the Buick assigned to Divis- 
ion Engineers, for use of the Commission's Attorney, the Attor- 
ney's old car to be traded in as part purchase price; estimated 
net cost $900. (He explained that the Attorney's car has been 
driven 75,000 miles and is badly in need of replacement.) 


15 push-type snow plows, to be used on lightweigh? trucks, esti- 
mated total cost $2,100. 


5 - 45 H.P. tractors equipped with angle dozers, with 5 obsolete 
tractors to be traded in as part purchase price. Estimated net 
cost $20,000. 
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the United States of America hereby offers to aid in financing the 
construction of highway improvements, including acquisition of nec- 
essary lands and rights of way (herein called the "Project") by 
making a grant to Stave Highway Commission of the State of Oregon 
(herein called the "Applicant") in the amount of 45 percent of the 
cost of the Project upon completion, as determined by the Federal 
Emergency Administrator of Public Works (herein called the "Admin- 
istrator"), but not to exceed, in any event, the sum of $19,300. 


"2. By acceptance of this Offer the Applicant covenants 
to begin work on the Project as early as possible but in no event 
later than 12 weeks from the date of this Offer and to complete 
such Project with all practicable dispatch, and in any event with- 
in 8 months from the commencement of construction. 


"3. This Offer is made subject to the express condition 
that, if the Administrator shall determine at any time that the Ap- 
plicant has raid or agreed to pay, whether directly or indirectly, 
a bonus, commission or fee to any person, firm or corporation for 
attempting to procure an approval of the Applicant's application, 
or for alleged services in procuring or in attempting to procure 
such approval, or for activities of the nature commonly known 4s 
lobbying performed or agreed to be performed in connection with 
the application, then the Administrator shall have the right, in 
his discretion, to rescind this Offer and any agreements resulting 
herefrom, and, in the event of such rescission, the United States 
of America shall ‘be under no further obligation hereunder. 


"UNITED STATES OF AMERICA 


"Federal Emergency Admin- 
istrator of Public Works 


By (Sgd.) H. A. Gray 
Assistant Administrator" 


| 


| 
i 
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be and the same is hereby in all respects accepted. 


oe 
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Section 2. That the State Highway Commission of the 
State of Oregon and the State of Oregon agree to abide by all rules 
and regulations relating to such grant a copy of which rules and 
regulations were annexed to the Government's offer and made a part 
thereof. It is hereby covenented that the work on the project 
described in the offer will be commenced as early as possible, but 
in no event later than twelve weeks from the date of this offer; 
and to complete the work with all practicable dispatch, and in any 
event within eight months from the commencement of construction. 


ci 2 


Section 3. That J. M. Devers, Assistant Attorney General 
‘for Oregon, and Attorney for the State Highway Commission of the 
State of Oregon be and he is hereby authorized and directed forthwith 
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resolution the suostantiating data from which the foregoing determi- 
nation is based. 


The Commission also had under consideration acceptance of the 
offers of the United States of America to aid by way of grant in financing 
the construction of the following P.W.A. projects: 


1. Surfacing and oiling the Cape Arago Secondary Highway 
in Coos County, P.W.A. Docket No. Oregon 1322-F. 


2. Construction of a bridge over the Umpqua River on the 
Pacific Highway, in Douglas County, P.W.a. Docket No. 
Oregon 1298-F. 


Surfacing and oiling a section of the Baker-Cornucopia 
(Homestead) Highway, in Baker County, P.W.A. Docket to. 
Oregon 1294-F. 
‘a 
4. Deschutes River~Madras Section of the Warm Springs High- 
way, in Jefferson County, P.W.A. Docket No. Oregon 1287~F. 


Commissioner Tou Velle moved the adoption of the following resolu- 
tions accepting the said offers. After discussion, the motion was declared by 
Commissioner Aldrich to have passed by the unanimous vote of the Commissioners 
present: 

A RESOLUTION ACCEPTING THE OFFER OF THE UNITED STATES TO THE STATE 
HIGHWAY COMMISSION OF THE STATE OF OREGON TO AID BY WAY OF GRANT 
IN FINANCING THE CONSTRUCTION OF THE CAPE ARAGO SURFACING AND OIL~ 
ING IN COOS COUNTY, AND THE ACQUISITION OF NECESSARY LANDS AND 
RIGHTS OF WAY THEREFOR. 


BE IT RESOLVED by the Oregon State Highway Commission: 


Section 1. That the offer of the United States of Ameri-- 
ca to the State Highway Commission of the State of Oregon to aid by 
way of grant in financing the construction of the Cape Arago Surfac- 
ing and Oiling in Coos County and the acquisition of necessary lands 
and rights of way therefor, a copy of which offer reads as follows: 


"P.W.83475-59 
“FEDERAL EMERGENCY ADMINISTRATION OF PUBLIC WORKS 


"Washington, D. C. 
Dated: Sep 13 1938 
"State Highway Commission of the State of Oregon 
Salem, Oregon. 


"1. Subject to the Terms and Conditions (PWA Form Ne.230, 
as amendéd to the date of this Offer), which are made a part hereof, 
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"3. This Offer is made subject to the express condition 
that, if the Administrator shall determine at any time that the Ap- 
plicant has paid or agreed to pay, whether directly or indirectly, 
a bonus, commission or fee to any person, firm or corporation for 
attempting to procure an approval of the Applicant's application, 
or for alleged services in procuring or in attempting to procure 
such approval, or for activities of the nature commonly mow as 
lobbying performed or agreed to be performed in connection with the 
application, then the Administrator shall have the right, in his 
discretion, to rescind this Offer and any agreements resulting here- 
from, and, in the event of such rescission, the United States of 
America shall be under no further obligation hereunder. 


"UNITED STATES OF AMERICA 


Federal Emergency Administrator 
of Public Works 


By (Sgd.) H. A. Gray 
Assistant Administrator" 


be and the same is hereby in all respects accepted. 


Section 2. That the State Highway Commission of the 

State of Oregon and the State of Oregon agree to abide by all rules 
and gga —— to such grant a copy of which rules and 
regulations were ann to the Government's offer and made a part 
thereof. It is hereby covenanted that the work on the project de- 
scribed in the offer will be commenced as early as possible, but 
in no event later than 12 weeks from the date of this offer; and to 
complete the work with all practicable dispatch, and in any event 
within ten months freu the commencement of construction, 


Section 3. That J. M. Devers, Assistant Attorney General 
for Oregon, and Attorney for the State Highway Commission of the 
State of Oregon be and he is hereby authorized and directed forth- 
with to send to the Federal Emergency Administration of Public 
Works three certified copies of this Resolution and three certified 
copies of the proceedings of this Commission in connection with the 
adoption of this Resolution, and such furtier documents or proofs 
in connection with the acceptance of said offer as may be requested 
by the Federal Emergency Administration of Public Works. 


A RESOLUTION ACCEPTING THE OFFER OF THE UNITED STATES TO THE STATE 
HIGHWAY COMMISSION OF THE SY’ATE OF OREGON TO AID BY WAY OF GRANT IN 
FINANCING THE CONSTRUCTION OF THE BAKER-CORNUCOPIA SURFAGING AND 
OILING IN BAKER COUNTY, AND THE ACQUISITION OF NECESSARY LANDS AND 
RIGHTS OF WAY THEREFOR. 


Be it resolved by the Oregon State Highway Commission: 
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to send to the Federal Emergency Administration of Public 
Works three certified copies of this resolution and three certi- 
fied copies of the proceedings of this Commission in connection 
with the adoption of this Resolution, and such further documents 
or proofs in connection with the acceptance of said offer as may be 
requested by the Federal Emergency Administration of Public Works. 


A RESOLUTION ACCEPTING THE OFFER OF THE UNITED STATES TO THE STATE 
HIGHWAY COMMISSION OF THE STATE OF OREGON TO AID BY WAY OF GRANT IN 
FINANCING THE CONSTRUCTION OF THE UMPQUA RIVER BRIDGE ON THE PACIFIC 
HIGHWAY IN DOUGLAS COUNTY, AND THE ACQUISITION OF NECESSARY LANDS 
AND RIGHTS OF WAY THEREFOR. 


Be it resolved by the Oregon State Highway Commission: 


Section 1. That the offer of the United States of America 
State Highway Commission of the State of Oregon to aid by way 
t in financing the construction of the Umpqua River Bridge on 
ific Highway in Douglas County and the acquisition of neces- 

and rights of way therefor, a copy of which offer reads 


"P.W.83499-8 
“FEDERAL EMERGENCY ADMINISTRATION OF PUBLIC WORKS 


"Washington, D. C. 
Dated: Sep 12 1938 
Docket No.Oreg.1298-F 


“State Highway Commission of the State of Oregon 
Salem, Oregon 


"1. Subject to the Terms and Conditions (PWA Form No.230, 
as amended to the date of this Offer), which are made a part hereof, 
the United States of America hereby offers to aid in financing the 
construction of a highway bridge with approaches, including the ac- 
quisition of necessary land and rights of way (herein called the 
"Project"), by making a grant to the State Highway Commission of the 
State of Oregon (herein called the "Applicant") in the amount of 45 
percent of the cost of the Project upon completion, as determined 
by the Federal Emergency Administrator of Public Works (herein 
called the "Administrator"), but not to exceed, in any event, the 
sum of $54,652. 


* 
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"2. By acceptance of this Offer the Applicant covenants 
to begin work on the Project as early as possible but in no event 
later than 12 weeks from the date of this Offer and to complete such 
Project with all practicable dispatch, and in any event within 10 
months from the commencement of construction. 
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Section 2, That the State Highway Commission of the State 
of Oregon and the State of Oregon agree to abide by all rules and 
regulations relating to such grant a copy of which rules and regule- 
tions were annexed to the Government's offer and made a part thereof. 
It is hereby covenanted that the work on the project described in 
the offer will be commenced as early as possible, but in no event la- 
ter than twelve weeks from the date of this offer; and to complete 
the work with all practicable dispatch, and in any event within 
twelve months from the commencement of construction. 


"Section 3. That J. M. Devers, Assistant Attorney General 
for Oregon, and Attorney for the State Highway Commission of the 
State of Oregon be and he is hereby authorized and directed forthwith 
to send to the Federal Emergency Administration of Public Works three 
certified copies of this Resolution and three certified copies of the 
proceedings of this Commission in connection with the adoption of 
this Resolution, and such further documents or proofs in connection 
witb the acceptance of said offer as may be requested by the Federal 
Emergency Administration of Public Works. 


A RESOLUTION ACCEPTING THE OFFER OF THE UNITED STaTES TO THE STATE 
HIGHWAY COMMISSION OF THE STATE OF OREGON TO AID BY wWaY OF GRANT IN 
FINANCING THE CONSTRUCTION OF THE DESCHUTES RIVER-MADRAS SECTION OF 
THE WARM SPRINGS HIGHWAY IN JEFFERSON COUNTY, AND THE ACQUISITION 
OF NECESSARY LANDS AND RIGHTS OF WAY THEREFOR. 


Be it resolved by the Oregon State Highway Commission: 


Section 1. That the offer of the United States of America 
to the State Highway Commission of the State of Oregon to aid by way 
of grant in financing the construction of the Deschutes River—Madras 
Section of the Warm Springs Highway in Jefferson County and the ac- 
quisition of necessary lands and rights of way therefor, a copy of 
which offer reads as follows: 


"P. W. 83475-53 
"FEDERAL EMERGENCY ADMINISTRATION OF PUBLIC WORKS 
"Washington, D. C. 


Dated: Sep 14, 1938 
Docket No. Oreg. 1287-F 


"Oregon. State Highway Commission, 
Salem, Oregon 


"l, Subject to the terms and conditions (PWA Form No.230, 
as amended to the date of this Offer), which are made a part hereof, 
the United States of America hereby offers to aid in financing the 
construction of highway improvements, including the acquisition of 
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Section 1. That the offer of the United States of America 
to the State Highway Commission of the State of Oregon to aid by way 
of grant in financing the construction of the Baker-Cornucopia Sur- 
facing and Oiling in Baker County and the acquisition of necessary 
lands and rights of way therefor, a copy of which offer reads as fol- 


lows: 
“p . W. $3499-9 
"FEDERAL EMERGENCY ADMINISTRATION OF *YBLIC WORKS 


"Washington, D. C. 
Dated: Sep 12 1938 


"State Highway Commission of the Docket No. Oreg. 129/-F 


State of Oregon 
Salem, Oregon 


"1. Subject to the Terms and Conditions (PWA Form No.230, 
as amended to the date of this Offer), which are made a part hereof, 
the United States of America hereby offers to aid in financing the 
construction of highway improvements, including the acquisition of 
necessary land and rights of way (herein called tie "Project"), by 
making a grant to the State Highway Commission of the State of Ore- 
gon (herein called the "Applicant") in the amount of 45 percent of 
the cost of the Project upon completion, as determined by the Fed- 


eral Emergency Administrator of Public Works (herein called the "Ad- 
ministrator"), but not to exceed, in any event, the sum of $25,600. 


"2. By acceptance of this Offer the Applicant covenants 
to begin work on the Project as early as possible but in no event 
later than 12 weeks from the date of this Offer and to complete such 
Project with all practicable dispatch, and in any event within 12 
months from the commencement of construction. 


"3. This Offer is made subject to the express condition 
that, if the Administrator shall determine at any time that the Ap- 
plicamt has paid or agreed to pay, whether directly or indirectly, 
a bonus, commission or fee to any person, firm or corporation for 
attempting to procure an approval of the Applicant's application, 
or for alleged services in procuring or in attempting to procure 
such approval, or for activities of the nature commonly known as 
lobbying performed or agreed to be performed in connection with 
the application, then the Administrator shall have the right, in 
his discretion, to-rescind this Offer and any agreements resulting 
herefrom, and, in the event of such rescission, the United States 
of America shall be under no further obligation hereunder. 


"UNITED STATES OF AMERICA 


Federal Emergency Administrator 
of Public Works 


By (Sgd.) H. A. Gray 
Assistant Administrator" 


be and the same is hereby in all respects accepted. 
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of the proceedings of this Commission in connection with the adop- 
tion of this resolution, and such further documents or proofs in 
connection with the acceptance of said offer as may be requested 
by the Federal Emergency Administration of Public Works. 


The Commission considered and denied a resolution from the City Coun- 
cil of the City of Enterprise, Wallowa County, requesting the placing of a 
speed limit of 35 miles per hour on the Minam Hill Section of the Wallowa Lake 
Highway, and on the secondary highway around Wallowa Lake, it being the opin- 
ion of the Attorney that the Commission is without legal authority to fix the 
speed limit on these particular sections of highway. 


The Commission considered a letter from the Marshfield Chamber of 
Commerce, end a resolution from the Fairview North Fork Grange No. 739, Coos 
County, in which the Commission was asked to designate as a secondary state 
highway the old Coos Bay Wagon Road between Roseburg and Coos Bay. The Com- 
mission denied the request because there are no funds available to finance in- 
provements to this road and for the further reagon that the Commission consid- 
ers that Coos County now has too largea mileage of secondary highways in com 
parison with the other counties of the state. 


The Commission considered a resolution from the Astoria Chamber of 
Commerce, giving as its understanding that a proposal has been submitted to 
the State Highway Commission to issue. $18,000,000 in bonds to finance the re- 
construction of the Pacific Highway south of Roseburg, and the reconstruction 
of the Columbia River Highway between Pendleton and Portland; and advising the 
Commission that it is opposed to the issuance of any bonds for highway pur- 
poses. The Commission ordered the communication filed. 


The Secretary presented a letter from the County Court of Lane Coun- 
ty and a petition signed by numerous residents of Eugene and vicinity in which 
the Commission was requested to name the old Pacific Highway between Junction 
City and Eugene "East Highway No. 99", and to erect an appropriate sign at 
each end thereof. It appeared to the Commission that what these people want 
is merely an alternate route for U. S. Highway No. 99 between Junction City 
and Eugene. The Engineer advised that the American Association of State High- 
way officials is strongly opposed to naming alternate routes for U. S. high- 
ways because of the confusion that develops when there is more than one route 
of a similar name. Furthermore, the Association will not approve the naming 
of any alternate route. In view of the circumstances, the Commission denied 
the request and ordered that the petitioners be so informed. 


The Commission considered and denied a petition signed by numerous 
Yesidents of Hillsboro and vicinity urging the oiling of the Farmington Sec- 
ondary Highway, in Washington County, from the end of the present oiled sec- 
tion to a place known as Campbells Bridge, The Commission denied the request 
because of lack.of funds to finance the improvement. 


A resolution was presented from the County Court of Wallowa County 
requesting the resurfacing and oiling of that portion of the Interprise-Flora 


SEP 19 1938 


a Bias at 


FE, 
‘ 


necessary lands and rights of way (herein called the "Project") by 
making a grant to Oregon State Highway Commission (herein called the 
"Applicant") in the amount of 45 percent of the cost of the Project 
upon completion, as determined by the Federal Emergency Administra- 
tor of Public Works (herein called the "Administrator"), but not to 
exceed, in any event the sum of $42,750. 


"2. By acceptance of this Offer the Applicant covenants 
to begin work on the Project as early as possible but in no event 
later than 12 weeks from the date of this Offer and to complete such 
Project with all practicable dispatch, and in any event within 12 
months from the commencement of construction. 


"3. This Offer is made subject to the express condition 
that, if the Administrator shall determine at any time that the Ap- 
plicant has paid or agreed to pay, whether directly or indirectly, 

a bonus, commission or fee to any person, firm or corporation for at- 
tempting to procure an approval of the Applicant's application, or 
for alleged services in procuring or in atempting to procure such ap- 
proval, or for activities of the nature commonly mown as lobbying 
performed or agreed to be performed in connection with the applica- 
tion, then the Administrator shall have the right, in his discretion, 
to rescind this Offer and any agreements resulting herefrom, and, in 
the event of such rescission, the United States of America shall be 
under no further obligation hereunder. 


"UNITED STATES OF AMERICA 


Federal Emergency Administrator 
of Public Works 


By (Sgd.) 4H. A. Gray 
Assistant Administrator" 


be and the same is hereby in all respects accepted. 


Section 2. That the State Highway Commission of the State 

of Oregon and the State of Oregon agree to abide by all rules and 

regulations relating to such grant a copy of which rules and regu- 
lations were annexed to the Government's offer and made a part there- 
of. It is hereby covenanted that the work on the project described 
in the offer will be commenced as early as possible, but in no event 
later than twelve weeks from the date of this offer; and to complete 
the work with all practicable dispatch, and in any event within 
twelve months from the commencement of construction. 


Section 3. That J. M. Devers, Assistant Attorney General 
for Oregon, and Attorney for the State Highway Commission of the 
State of Oregon be and he is hereby authorized and directed forth- 
with to send to the Federal Emergency Administration of Public Works 
three certified copies of this Resolution and three certified copies 
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Encineer as to approximately what the damages will amount to and the amount of 
the state expense involved. Such report is to be rendered to the Commission 
at its next meeting. The Secretary was instructed to so inform Mr. Sawyer. 


A letter was presented from the County Court of Gilliam County, re- 
questing the oiling of secondary highways within Gilliam County, east and 
west as far as possible from Condon. The Commission decided that the recon- 
struction of the Rock Creek grade section of the Wasco-Heppner Secondary High- 
way is all that it is able to finance at the present time, and ordered that 
the County Court be so informed. 


The Commission considered and ordered filed a letter from the Lower 
Columbia Associated Chamber of Commerce, advising that the Association at its 
meeting on September 10 adopted a resolution definitely supporting the general 
policy of the Highway Departments of the states of Oregon and Washington rela- 
tive to the inauguration and operation of free ferry service across the Colum- 
bia River between Astoria, Oregon, and Megler, Washington; also, advising 
that their organization will support any and every appeal for a free ferry ar- 
rangement that may be presented whenever its cooperation is requested. 


The Commission considered the following requests for extensions of 
time within which to complete highway construction projects: 


Consolidated Highway Company, Inc., Contract No. 19&, 
for grading the East Unit of the Jordan Creek Section of the 1.0.N. 
Highway, in Malheur County, requested an extension of time from 
February 28 to August 29, 1938, within which to complete this proj- 
ect. They advised that a combiaation of circumstances prevented 
the completion of the project within the specified time limit, par- 
ticularly adverse weather conditions which prevailed during the 
months of December, 1937, and January, February, March, and part 
of April, 1938. 


The Engineer advised that, dve to mismanagement by the 
contractor, it was necessary for the bonding company to take over 
the job in November, 1937, about six months after the contract was 
awarded, and at that time there was almost as great an amount of 
work involved for proper completion of the project as at the be- 
ginning of the work. He further advised that bids were taken for 
the project on April 28, 1937, but the contract was not awarded 
until June 1, 1937, which would automatically allow the contractor 
an extension of time of 30 days. However, weather conditions be- 
tween February 28 and March 28, 1938, were totally unsuitable for 
work, so the contractor secured no benefit whatsoever from this 
30-day extension. The Engineer further advised that he ordered 
the contractor to shut down his work on February 15, 1938, because 
of adverse weather conditions, but the contractor resumed opera- 
tions on April 15, 1938, although for two or three weeks there- 
after he was considerably handicapped by reason of late spring 
rains. He gave as his thought that the contractor is entitled to 
a 105-day extension of time without penalty, or until July 13,1938, 
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Highway from Enterprise to the U. S. Forest boundary, a distance of about 14 
miles, during the 1939 season. The Secretary was instructed to inform the 
County Court that the Commission cannot now commit funds to finance this in- 
provement but will consider it in the forr “lation of the 1939 construction 


program. 


A letter was presented from the Lane County Court, asking for a lo- 
cation survey of the Walton-Noti Section of the Route "F" Secondary State 
Highway in Lane County, so as to permit the County Court te conduct a W.P.A. 
construction project thereon during the coming winter. The Commission ap- 
proved the request by unanimous vote upon recommendation of the Engineer. 


A letter was presented from Mayor Geo. W. Melville, Empire, Oregon, 
thanking the Commission for improvements already completed on the Cape Arago 
Secondary Highway between Tarheel and Charleston and on the Oregon Coast 
Highway in North Bend, and requesting completion of the Cape Arago Project 

to Cape Arago State Park during the 1939 season. The Commission de- 
cided that the P.WW.A. project that is now included in the P.W.A. construction 
program is all that it can finance on the Cape’ Arago road at this time, and 
ordered that Mayor Melville be so informed. 


A resolution was presented from the Forest Grove Chamber of Com- 
merce,/ suggesting that a bridge on the Wilson River Highway be dedicated in 
honor of Mr. Loyal M. Graham, Forest Grove, who has given much of his time 
and money in the interests of the Wilson River Highway project. The Commis- 
sion considered that the dedication of a bridge in honor of Mr. Graham would 
be a fine tribute to him, but deferred a definite decision thereon pending 4@ 
recommendation from Mr. Lewis A. McArthur, President of the Oregon Historical 
Society. The Secretary was instructed to secure such recommendation. 


A letter was presented from Mr. Robert W. Sawyer, Bend, relative to 

the Commission's plans for the construction of the Third Street railrvad grade 
separation project in Bend. Mr. Sawyer advised that rumors are to the effect 
that the Commission contemplates postponement of this project util next year, 
and gave as his thought that this would be inadvisable in view of the fact 
that the San Francisco World's Fair will be in progress in 1939, which is 
bound to create an unusual amount of traffic on The Dalles-California Highway. 
It was his thought that the grade separation project should be completed be- 
fore that traffic begins, so as to avoid the necessity for detours. The En- 
gineer advised that this is a costly project and cannot be financed at the 
present time in view of the condition of the Commission's finances, unless 
some other project is deferred. He also advised that, notwithstanding the 
fact that federal funds are to be used to pay the costs, there are numerous 
nonparticipating items that will have to be paid with state funds, including 
right of way and damages to adjacent properties. Furthermore, the state 
would have to advance the money to finance construction and it might be six 
or eight months before reimbursement could be secured from the Government. 
He pointed out that this is a desirable project but on account of the uncer- 
tainty of funds to finance it there is a question whether or not it should be 
contracted this year. After considerable discussion, the Commission deferred 
a definite decision in this matter pending an additional report from the 


contractor should have con,leted the .roject within the specified time limit 
notwithstanding the weather conditions. He recommended, therefore, that the 
extension requested be granted but that the contractor be charged the amount 
of the extra engineering expense incurred by the state subsequent to the spec- 
ified date of completion. A letter was presented from the Bureau of Public 
Roads concurring in this recommendation. The Commission approved the recom- 
mendation unanimously. 


The Engineer reported that contracts Nos. 2004, 2027, 2036, 2043, 
2047, 2055, 2065, 2077, 2088, 2089, 2097 for the construction of state high- 
way projects have been completed according to the terms and provisions of the 
contracts, and said jobs are now ready for acceptance. The following resolu- 
tion accepting the above projects was offered and was adopted by the unanimous 
vote of the Commissioners present: 


WHEREAS, the Engineer has reported that the following 
State Highway Commission contracts for the construction of state 
highway projects have been completed according to the terms and 
provisions of the contracts or modifications thereof and said jobs 
are now ready for acceptance: 


Contract No. 2004, with J. C. Compton, for surfacing 
and oiling on four sections of county roads, in Tillamook 
County. Completed July 23, 1938. 


Contract No. 2027,, with A. S. Wallace, for furnish- 
ing crushed rock for the Belknap Springs-McKenzie Summit 
Section of the McKenzie Highway, in Lane County. Complet- 
ed August 26, 1938. 


Contract No. 2036, with E. H. Itschner, for grading, 
surfacing, and oiling the Forest Boundary-Elgin Section 
of the Weston-Elgin Secondary Highway, in Union County. 
Completed August 29, 1938. 


Contract No. 2043, with H. L. Rice, for furnishing 
crushed rock in stock piles for the Dillon-John Day River 
Section of the Columbia River Highway, in Sherman and Was- 
co Counties. Completed July 15, 1938. 


Contract No. 2047, with Mountain States Construction 
Company, for furnishing crushed rock in stock piles for 
the Mohler-Kilchis River Section of the Oregon Coast High- 
way, in Tillamook County. Completed July 8, 1938. 


Contract No. 2055, with Edlefsen-Weygandt Company, 
for grading and paving and construction of a trestle 
bridge, on the Hill Creek Bridge Section of the Pacific 
Highway, in Lane County. Completed July 1, 1938. 


Contract No. 2065, with J. C. Compton, for oiling 
the Mills Bridge-Jordan Creek Section of the Wilson River 
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to cover the delay in the award of the contract, the period when the 
work was shut down because of inclement weather, and a 7% increase in 
the quantities of material to be moved; but that the contractor 
should be charged for the engineering expense incurred by the state 
subsequent thereto, and he so recommended. A letter was presented 
from the Bureau of Public Roads concurring in such recommendation. 
The Commission approved the recommendation by unanimous vote. 


J. C. Compton, Contract No. 2004, covering the Tillamook 
County oiling project, requested an extension of time from July 15 
to July 23, 1938, within which to complete this project. He gave 
no reason for failure to complete the project within the specified 
time limit. The Engineer advised that the contractor completed 
this project, except for the application of the final seal coat, 
within the specified time limit; in fact, he could have applied the 
final seal coat before the time limit expired, but his oiling crew 
was working at the time on a contract on the Wilson River Hig’way 
and it was deemed advisable to leave the final seal on the other 
project until the Wilson River job was completed. He advised, fur- 
ther, that the delay in completing the project, within the specified 
time limit was due to no fault of the contractor. He recommended, 
in view of the circumstances, that the extension requested be grant- 
ed without penalty, and presented a letter from the Bureau of Public 
Roads concurring therein. The Commission approved the recommenda- 
tion unanimously. 


Roy L. Houck, Contract No. 2014, for grading, surfacing, 
and bituminous macadam construction on the North Powder-Muddy Creek 
Section of the Old Oregon Trail, in Baker County, requested an ex~ | 
tension of time from August 31 to September 20, 1938, within which | 
to complete this project. He alleged that his failure to complete 
the project within the specified time limit was occasioned by the 
fact that he was operating a very hard quarry and that he lost his 
plant and some equipment by fire. The Engineer advised that the 
contractor's failure to complete the project within the specified 
time limit was the result of a fire early in August, which almost 
entirely destroyed his crushing plant. Hed Mr. Houck not experienced 
this difficulty, he said, he would very probably have finished the 
project within the specified time limit, notwithstanding the diffi- 
culties he had with his quarry. He recommended, in view of the cir- 
cumstances, that the extension requested be ranted without penalty. 

A letter was presented from the Bureau of Public Roads concurring 
therein. The Commission approved the recommendation unanimously. 


E. L. Rigdon, Contract No. 2026, for grading, surfacing, 
and oiling the Harris Creek-Chalk Cliff Section of the Fremont High- 
way, in Lake County, requested an extension of time of 15 days, from 
August 31 to September 15, 1938, within which to complete this job. 
He alleged that his failure to complete the project within the speci- 
fied time limit was due to unusually bad weather conditions during 
the winter months. The Engineer advised that in his estimation the 
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Dietlein will allow this diorama to be shown at the San Francisco Fair and 
three times a year for two years thereafter for the sum of $3,250, and recom- 
mended approvai of the propositicn. The Commission approved the recommenda- 
tion unanimously. 


A letter was presented from A. J. Kelly, Portland, inquiring whether 
or not the Commission would be interested in constructing a building for rent- 
al purposes at the intersection of McLoughlin Boulevard and Holgate Street in 
Portland. The Secretary was instructed to inform Mr. Kelly that the Commis- 
sion is not interested in any proposition of that kind. 


The Engineer reported the results of an inspection of the sand 
houses which Mr. Jack H. Moore of Agate Beach wants to remove from the state 
property near Newport if the Commission will let him have the buildings for 
the value that he can salvage from them. He said that one of the buildings 
is 10" x 14' in dimension and the other is 12' x 16' and that both are located 
on the old U. S. Spruce Corporation's railroad right of way recently acquired 
by the state, north of Newport; further, that they were built in 1918 and are 
now practically worthless. He further advised that there are some larger 
buildings on the property that would have a salvage value. He recommended 
that the two small buildings be given to Mr. Moore if he will remove them 
from the state property, but that the other buildings be retained for state 
purposes. The Commission approved the recommendation. 


The Commission discussed the proposed agreement with Dr. Gus H. 
Huthman, Portland, disposing of his claim for damages arising out of the con- 
struction of the Union Avenue viaduct on the East Portland-Oregon City High- 
way, in Portland. The following resolution in regard thereto was adopted by 
the Commission by unanimous vote of the Commissioners present: 


WHEREAS, a case is pending in the Circuit Court of the 
State of Oregon for Multnomah County entitled Gus H. Huthman et 
al, vs. State of Oregon, et al, in which action the plaintiff 
seeks to recover damages in connection with the location and con- 
struction of the Union Avenue viaduct; and 


WHEREAS, an adjustment of differences has been effected 
and the terms and understandings of said adjustment have been re- 
duced to writing and said written agreement is now before the Com- 
mission for consideration and execution; and 


WHEREAS, the Commission having fully considered the pro- 
visions of said agreement is of the opinion that the agreement 
should be executed by the State of Oregon, by and through its State 
Highway Commission; 


NOW, THEREFORE, a majority of the members of the Commis 
sion being present and affirmatively voting, it hereby is ordered 
that the agreement covering and incorporating 4 settlement of the 
differences between Gus H. Huthman and Henrietta B. Huthman and 
the State of Oregon involving Lots 3 and 4 and the North one-half 
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Highwey, in Tillamook County. Completed July 30, 1938. 


Contract No. 2077, with Clifford A. Dunn, for surfacing 
and oiling the Peoria-Harrisburg Section of the Corvallis- 
pia County Road, in Linn County. Completed August 31, 


Contract No. 2088, with Saxton, Looney & Risley, for 
grading, surfacing, and oiling the Washington County Line- 
Skyline Boulevard Section of the Northwest Thompson County 
Road, in Multnomah County. Completed September 12, 1938. 


Contract No. 2089, with McNutt Bros, for surfacing and 
oiling the Roberts-Orville Section of Halls Ferry County 
Road, in Marion County. Completed September 2, 1938. 


Contract No. 2097, with Clifford A. Dunn, for placing 
road mix surfacing on the Malone-California Line Section of 
the Whitney County Road, in Klamath County. Completed Sep~ 
tember 10, 1938. 


THEREFORE, BE IT RESOLVED, that the work covered by said | 
state highway contracts for the construction of said state highway 
projects be declared completed according to the terms of the re- 
spective contracts, and said jobs are hereby accepted and final pay- 
ment in connection with each is hereby authorized. 


A letter was presented from I. J. Rossman, member of the City Coune 
cil of Florence, Oregon, advising that the city has filed an application for 
P.W.A. funds with which to finance a street improvement project within the 
city limits, and that it is planned to open up and pave a new avenue of en- 
trance to the city from the Oregon Coast Highway beginning at the intersection 
of Lincoln Street with Washington Street, and extending in a northwesterly di- 
rection to a connection with the Oregon Coast Highway, which will necessitate 
crossing state pruperty under control of the State Highway Commission. Mr. 
Rossman inquired as to whether or not the Commission has any objections to 
the city constructing this street across the state property, and if there are 
no objections, haw much consideration the Commission wants for this property. 


The Engineer gave as his thought that the proposed street will pro- 
vide a better connection to the business district of the town than the exist- 
ing one because it will be farther from the bridge over the Siuslaw River. 

He recommended the sale of the property to the city at a price equal to that 
which the state paid for it. The Commission approved the recommendation unani- 
mously. 


The Engineer reported that the World's Fair Commission of Oregon is 
considering showing at the San Francisco Fair the animated diorama of ocean 
views invented by Mr. Bud Dietlein, of Vancouver, Washington, provided it 
meets with the approval of the State Highway Commission. He said that Mr. 
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meeting heretofore scheduled for September 22, 1938. The Commission also set 
Thursday, November 10, 1938, as the date for its regular meeting in November 
for the receiving of bids on highway construction projects. The Secretary 
was instructed to make the usual arrangements to hold these meetings in the 
Auditorium of the Public Service Building, Portland. 


There being no further business to come before the Commission at 
this time, the meeting was adjourned at 10:00 o'clock p. m. 


State Highway Engineer 


VY * 2b atte sn 


Secretary a‘ 


Portland, Oregon, September 28, 1938 


The State Highway Commission met in regular session at 8:00 o'clock p.m, 
in the Rose Room of the Benson Hotel. Present were: 


E. B. Aldrich, Commissioner 
L. Tou Velle, Commissioner 
H. Baldock, State Highway Engineer 
M. Devers, Attorney 
B. Glaisyer, Secretary 


Cabell arrived at 10:00 o'clock p. m. 


County Commissioner Geo. N. Peck of Morrow County was present and 
discussed briefly with the Commission matters pertaining to the construction 
of the Heppner-Rhea Creek Section of the Wasco-Heppner Secondary State High- 
way and the Little Butter Creek County Road. : 


The Assistant Attorney reported briefly the status of the right of 
way budget for 1938. He said that present indications are that the Commission 
will spend this year for right of way purposes approximataly $600,000. The 
Commission took no action on this matter. 


The Engineer requested authority to acquire certain parcels of real 
property that are needed for various highway improvements throughout the 
state. He submitted a list of such properties together with prices that he 
recommended be paid for each. After careful consideration the Commission ap- 
proved the request and adopted the following resolution in regard thereto by 
the unanimous vote of the Commissioners present: 
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of Lot 5, Block 1, Ville Heights, City of Portland, County of Mult- 
nomah, State of Oregon, be and the said agreement hereby is approved, 
and it is hereby ordered that said agreement be executed, for and 

on behalf of the State of Oregon, by E. B. Aldrich, and F. L. Tou 
Velle, members of the State Highway Commission. 


The Commission considered and signed agreements, et cetera, as fol- 
lows: : 


Agreement with Odette Martin Hall, et al, relative to an ease- 
ment across private property south of the Willamette River Bridge 
on the Pacific Highway at Harrisburg. 


Agreement with Board of Park Commissioners, Pendleton, covering 
the maintenance of a proposed landscape area at the west end of the 
overcrossing on the Old Oregon Traid, in Pendleton. 


Agreement with Deschutes County Court whereby the county as- 
signs to the state $1,262.88 of its share of the gasoline tax reve- 
nues which are to be distributed on December 15, 1938, as reimburse- 
ment for expenditures advanced by the state for construction of the 
Tumalo Fallis-Bend Road. 


Agreement with Elmer Griffith, authorizing Mr. Griffith to con- 
struct a fence around a state-owned quarry site in Morrow County. 


Agreement with Klamath Indian Agency providing for the con- 
struction of a turn-out and check dam adjacent to the Modoc Point- 
Lobert Section of The Dalles-California Highway, in Klamath County. 


Agreement with Dr. Gus H. Huthman, disposing of his claim 
against the state, arising out of the construction of the Union 
Avenue viaduct in Portland. 


Agreement with the City of Brownsville, providing for lease of 
a borrow pit from which to obtain materials needed in connection 
with the construction of the Brownsville-Crawfordsville Section of 
the Halsey-Sweet Home Secondary Highway, in Linn County. 


Quitclaim deed conveying unto Harry R. Elbon and Charlotte L. 
Elbon 2,400 sq.ft. of land situate adjacent to the Lower Columbia 
River Highway in the NWi of the NWt of Section 28, T. 2N., R. 1W., 
W. M., Multnomah County, Oregon. 


Bargain and Sale Deed conveying unto James Ben Green 0.084 acre 
of land situate adjacent to the Pacific Highway, near Salem, being a 
part of Lot 10, Smith Fruit Farms Subdivision. 


The Commission confirmed the date of September 29, 1938, as the 
date for its next regular meeting in Portland, same being a postponement of the 
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Section, Hwy., and Owner Purpose Approximate Amounts Agent 


$125 per a.+ $302.75 Parker 
$125 per a.+ $7632.75, 
+ cost of cattle pass " 


Lump Sum $1 McChesney 


McCallister 


-~ Jo 
5972-Bank of California and 
Bagal A. Turner Gravel Pit 2.25 Lump Sum $50 Collins 


The Attorney reported that apparently it will be necessary to insti- 
tute a suit of condemnation to ecquire a certain quarry site that is needed in 
Douglas County, in view of the fact that there is a question of the ownership 
of the property, it being claimed by two people, John T. Black and William 
Berdine. He requested authority from the Commission to start the proceedings 
in the event that the matter cannot be adjusted in any other way. The Comnis- 
sion approved the request. ; 


The Attorney also reported that it may be necessary to institute con- 
demnation proceedings to acquire right of way across the property of the Tola- 
kin Estate for the relocation of the Pendleton-Adams Section of the Oregon~ 
Washington Highway, in Umatilla County. The purchase price of the property, 
he said, is satisfactory but there is a difference of opinion among the owners 
of the estate relative to the distribution of the same and it may be necessary 
to condem the property in order to secure title. He requested authority to 
start the condemnation suit in the event that further negotiations reveal thay 
to be necessary. The Commission approved the request. 


The State Parks Superintendent, S. H. Boardman, was present and re- 
ported receipt of an offer to purchase the sand spit at the mouth of Yaquine 
Bay, Newport, which property is owned by the state. He inquired whether or 
not the Commission wishes to sell this property and fecommended that it be re- 
tained for state purposes. The Commission decided to retain omership of this 


property. 


The Parks Superintendent als> reported receipt of a request from the 
Relief Committee of Wheeler County for the cordwood thet has been cut in Shel- 
ton State Park by C.C.C. fortes ‘during the past sumer. He recommended the 
granting of the request in view of the fact that the wood has cost the state 
nothing and that it will be used in a good cause. The Commission authorized 
the Parks Superintendent to give this wood to the relief committee as has been 
done in the past. 


The Parks Superintendent also advised that the Wheeler County Relief 
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WHERLAS, in connection with the further improvement of the 
highways hereinafter designated, it is and has been necessary to ac- 
quire property for right ofway, quarry sites, gravel or other mater- 
ial sites, or sites for the storage of materials, as hereinafter more 
definitely set forth; and 


WHEREAS, as a result of negotiations carried on with the 
owners of the property required, options have been obtained, which 
options have been considered by the Commission, outlining the bases 
of settlement which have been agreed upon; and 


WHEREAS, it is the judgment of the Commission thet the said 
options shoulu be approved and accepted, and/or the said reports be 
declared acceptable to the State Highway Commission as bases of set- 
tlement for the properties involved, and that the acquisition of the 
properties should be completed: 


NOW, THEREFORE, BE IT RESOLVED that the several offers, or 
bases of settlement hereinafter enumerated be and the same hereby are, 
approved and accepted, and that the Attorney for the State Highway 
Commission be, and he hereby is instructed to complete the acquisition 
of the said properties and to take title thereto in the name of the 
State of Oregon. The said properties hereby ordered and authorized 
to be acquired are as follows: 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


ver Falls Sect ~-Silver Creek Fa Park 
3617A-Cieslak,Hattie & Leo Park Surrender and cancellation of 
lease on Fred Volz property 
acquired by state - 


Lump Sum $500 McCallister 
Solumbia Boulevard—Hard Avenue Section - Pacific Hi Wes 
6225-Portland, City of 4342 sq.ft. Lump Sum 9375 DeSouza 
(Correction 
5077-Beer ,Laura and City of 
Portland ® 5250 " " Lump Sum $1250 Kaufer 
5383-Shell Oil Company and 
Star Sand Company ss Rebuilding service station 
‘  _bldgs-maximum amount $149.74 DeSouza 
5054-Woodward, Caroline W. " 6588.75 sq.ft.- $100 for warranty 
(Correction) deed. Taxes amounting to 
$254.29 and ¢ity liens amount- 
ing to $996.88 to be paid by 
state 
Pendleton-Adams Section - Oregon-Was ton hway 
5893-School District #117 i 0.45 $40 per a. plus $21 Wells 
5903-Rothrock, Blanche “4 Tah $125 per a.+$3540.15 Parker 
5907-Blakely, Margaret " 13.60 $125 per a.t+ $3888 + 
(Continued) construction cattle pass " 
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turned in es part purchase price for the same. Total estimated 
cash outlay $20,000. 


The Commission approved the request by the unanimous vote of the members pres- 
ent. 


Reconsideration was given by the Commission to the penalty hereto- 
fore imposed on Smith & Company, contractor for furnishing crushed rock in 
stock piles for the Maupin Section of The Dalles-California and Wapinitia 
Highways, in Wasco County, Contract No. 2030. The Engineer explained that 
this contractor did not complete the contract within the specified time limit 
and that the Commission on July 20, 1938, extended the completion date to Au- 
gust 15, 1938, under the condition that the contractor be charged for the ex~ 
tra engineering expense incurred by the state subsequent to the completion 
date specified in the contract. However, he is now of the belief that the 
penalty is too severe and recommends that the previous penalty be modified so 
as to charge the contractor with only one-half of the extra expense for en- 
gineering, amounting to approximately $125, that the state has incurred sub- 
sequent to the specified date of completion. The Commission approved the rec- 
ommendation, 


The Engineer requested authority for the Labor Relations Engineer, 
Mr. Ray Webber, to accompany engineers from the State of Washington and from 
the State of California on an inspection of concrete paved highways in the 
three coast states, at state expense. He estimated that Mr. Webber's expense 
would not exceed $75, exclusive of transportation. The Commission approved 
the request, subject to further approval by Governor Martin. 


The Commission also authorized the State Highway Engineer to go to 
San Francisco at state expense to discuss matters pertaining to the use of 
dowel bars in concrete pavement construction with engineers from the states 
of Washington and California and representatives of the United States Bureau 
of Public Roads, same having to do with information secured from the above- 
mentioned inspection trip. The Commission's approval was sub ject to concur- 
rence by Governor Martin. 


The Commission had under consideration the matter of renewal of the 
contract with Julius Gumnell for the operation of the Fnegren Ferry on the 
Coos River Secondary Highway, in Coos County. It was explained that the pres- 
ent contract expires at 11:00 o'clock p. m. on September 30, 1938, and that 
arrangements have been made to extend the contract for another year, but Mr. 
Gunnell wishes to assign his interests to Andrew Stambuck, Marshfield, who 
has actually operated the ferry for the past year in a satisfactory manner. 
The Secretary presented a copy of the assignment given by Mr. Gunnell to ir. 
Stambuck, together with bond and insurance submitted by Hr. Stambuck as a re- 
quirement of the contract. The Attorney advised that the assignment, the 
bond, and the insurance are satisfactory and meet with his approval. The Fn- 
gineer advised that the service rendered by Mr. Stambuck during the past year 
was satisfactory and it is his recommendation that the assignment be approved 
and that the contrect for the extended period be awarded to Mr. Stambuck. Aft- 
er due consideration the Commission approved the recommendation by unanimous 


SEP 28 1938 


8374 


Committee would like permission to fell some of the beetle-infested trees in 
Sheiton State Park for fuel purposes. He gave as his thought that it would 
be a good idea to get rid of these trees in this manner because they are bad- 
ly infested, and recommended approval of the request. The Commission approved 
the recommendation. 


The Commission considered and ordered filed a resolution from the 
Clatsop County Court changing the name of a county park located adjacent to 
the Wolf Creek Highway near the summit of the Coast Range from “Douglas Fir 
Park" to "David Douglas Park", 


The Engineer reported on the request of the City of Coquille for 
the rerouting of the Coos Bay-Roseburg Highway through Coquille. He seid 
that this highway now connects with the Oregon Coast Highway at Front and B 
Streets in Coquille but the city wants it routed along Hall Street to 3rd 
Street; thence along 3rd Street for a distance of one block to a junction 
with the Oregon Coast Highway, which would mean two parallel highway routes 
for a distance of three blocks. In the discussion of this matter it was 
pointed out that the Commission has under contemplation the rerouting of the 
Oregon Coast Highway between Coquille and Marshfield, which would have some 
bearing on the routing of the Coos Bay-Roseburg Highway, and in view thereof 
the Commission decided not to grant the city's request at this time. 


The Commission had under discussion a letter from Mrs. Jessie M. 
Honeyman, President of the Oregon Roadside Council, in which the Commission 
is requested to assume the cost of printing forms that are to be used by the 
Roadside Council in the securing of pledges from the owners of property situ- 
ate adjacent to highway rights of way that they will not sell or lease any of 
their lends for the purpose of erection and maintenance of commercial signs 
and billboards the:eon and that they will refuse to permit such signs to be 
erected and maintained on their property or to be painted on fences or build- 
ings adjacent thereto unless said signs are first approved by the State High- 
way Commission. The Commission authorized printing of the forms at state ex- 


pense. 


The Secretary presented a letter from Mr. Lewis A. McArthur, Presi- 
dent of the Oregon Historical Society, with respect to the application of the 
Champoeg Chapter, D.A.R., for permission to erect a monument on the secondary 
state highway north of Newberg, pointing out the location of the grave of 
Ewing Young, who, it is alleged, was the first white man to die in what is 
now the state of Oregon. Mr. Mcarthur recommended approval of the request, 
which, in his estimation, is a desirable project. The Commission approved 
the recommendation and instructed the Secretary to so inform the D.A.R. 


The Engineer requested authority to purchase the following equip- 
ment: 
15 trucks of the Ford or Chevrolet type, 15 old trucks to be 
turned in as part purchase price for the same. Estimated to- | 
tal cash outlay $1<,750. | 


4 light-power shovels of 4-yard capacity, 4 old shovels to be 
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than 12 weeks from the date of this Offer and to complete such Proj- 
ect with all practicable dispatch, and in any event within 4 months 
from the commencement of construction. 


3. This Offer is made subject to the express condition 
that, if the Administrator shall determine at any time that the Ap- 
plicant has paid or agreed to pay, whether directly or indirectly, 
a bonus, commission or fee to any person, firm or corporation for 
attempting to procure an approval of the Applicant's Application, 
or for alleged services in procuring or in attempting to procure 
such approval, or for activities of the nature commonly know as 
lobbying performed or agreed to be performed in connection with 
the application, then the Administrator shall have the right, in 
his discretion, to rescind this Offer and any agreements resulting 
herefrom, and, in the event of such rescission, the United States 
of America shall be under no further obligation hereunder. 


"UNITED STATES OF AMERICA 


Federal Emergency Administrator 
of Public Works 


_ By (Sgd.) H. A. Gray 
Assistant Administrator" 


be and the same is hereby in all respects accepted. 


Section 2. That the State Highway Commission of the State 
of Oregon and the State of Oregon agree to abide by all rules and 
regulations relating to such grant, a copy of which rules and regu- 
lations were annexed to the Government's offer and made a4 part there- 
of. It is hereby covenanted that the work on the project described 
in the offer will be commenced as early as possible, but in no event 
later than twelve weeks from the date of this offer; and to complete 
the work with all practicable dispatch, and in any event within four 
months from the commencement of construction. 


Section 3. That J. M. Devers, Assistant Attorney General 
for Oregon, and Attorney for the State Highway Commission of the 
State of Oregon be and he is hereby authorized and directed forth- 
with to send to the Federal Emergency Administration of Public Works 
three certified copies of this Resolution and three certified copies 
of the proceedings of this Commission in connection with the adop- 
tion of thie Resolution, and such further documents or proofs in 
connection with the acceptance of said offer as may be requested by 
the Federal Bnergency Administration of Public Works. 


A letter was presented from the Acting Forest Supervisor of the 
Willamette National Forest advising that the C.C.C. camp at Belkmap, which 
heretofore has supplied men and equipment for opening the Clear Lake road 
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vote of the members present and thereupon signed an agreement with Mr. Stambuck 
covering the matter. 


The Commission considered the offer of the United States of America 
to aid, by way of grant of P.W.A. funds, in financing the construction of the 
Provolt Rock Production Project on the Williams and Medford-Provolt Secondary 
State Highways in Josephine and Jackson Counties, and the acquisition of nec- 
essary lands and rights of way therefor. The Commission accepted the Govern- 
ment's offer and, by unanimous’ vote, adopted the following resolution in re- 
gard thereto, upon motion of Commissioner Tou Velle which was duly seconded 
by Commissioner Aldrich: 


A RESOLUTION ACCEPTING THE OFFER OF THE UNITED STATES TO THE STATE 
HIGHWAY COMMISSION OF THE STATE OF OREGON TO AID BY WAY OF GRANT IN 
FINANCING THE CONSTRUCTION OF THE PROVOLT ROCK PRODUCTION JOB ON 
THE WILLIAMS AND MEDFORD-PROVOLT SECONDARY HIGHWAYS AND THE ACQUISI- 
TION OF NECESSARY LANDS AND RIGHTS OF WAY THEREFOR. 


Be it resolved by the Oregon State Highway Commissioua: 


Section 1. That the offer of the United States of America 
to the State Highway Commission of the State of Oregon to aid by way 
of grant in financing the construction of the Provolt rock produc- 
tion job on the Williams and Medford-Provolt Secondary Highways in 
Josephine and Jackson counties and the acquisition of necessary 
lands and rights of way therefor, a copy of which offer reads as 
follows: 

"P, W. 83951-101 


"FEDERAL EMERGENCY ADMINISTRATION OF PUBLIC WORKS 


"Washington, D. C., 
Dated: Sep 26 1938 
Docket No. Oreg. 1348-F 


"State Highway Commission of the State of Oregon, 
Salem, Oregon. 


1. Subject to the Terms and Conditions (PWA Form No.230, 
as amended to the date of this Offer), which are made a part hereof, 
the United States of America hereby offers to aid in financing the 
construction of highway improvements, including the acquisition of 
necessary land and rights of way (herein called the "Project"), by 
making a grant to State Highway Commission of the State of Oregon 
(herein called the "Applicant") in the amount of 45 percent of the 
cost of the Project upon completion, as determined by the Federal 
Emergency Administrator of Public Works (herein called the "Adminis- 
trator"), but not to exceed, in any event, the sum of $6,462. 


2. By acceptance of this Offer the Applicant covenants to 
begin work on the Project as early as possible but in no event later 
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Commission he has ordered a number of surveys to be made. 
t of such surveys and asked the Commission to confirm them 
ts authorized for each. After due consideration motion was made 
Pr ps Tou Velle that the State Highway Engineer be authorized and 
instructed to make such location surveys on various sections of highways of 
this state, which said sections of highways, together with their identifying 
patiss numbers and the amounts authorized for survey expenditures, are as 
follows: 


Plans 1-2813 - Richland-Halfway Section, Baker-Homestead Highway. 
lst authorization - $850.00 


104-2821 - Astoria-Jewell Section, Nehalem Secondary Highway. 
lst authorization - $150.00 


9-2812 - Brothers-Gap Ranch Section, Central Oregon Highway. 
4th authorization - $650.00 
Total to date §$6,000.0C ‘ 


9-2821 - Redmond-Sisters Section, McKenzie Highway. 
lst authorization - $400.00 


Right of Way - 9-2818 ~ Third Street Undercrossing, The Dalles-California 
Highway. 2nd authorization - $500.00 
Total to date $750.00 


Right of Way - 9-1906 - Redmond Section, The Dalles-California Highway. 
lst authorization - $25.00 


10-2822 - Dillard Section, Pacific Highway. 
2nd authorization - $400.00 
Total to date $800.00 


Quarry - -- ~ 35-2809 - Butte Creek Summit-Branson Creek Section, John Day 
Highway . lst authorization - $400.00 


Plans ~ - - - 114-2809 - Jericho Lane-Odell Junction Section, Mt. Hood Sec- 
ondary Highway. 3rd authorization - $300.00 
Total to date $2,950.00 


Plans -~ --- 15-2817 - Siskiyou Station-Bear Canyon Section, Pacific High- 
way. 3rd authorization - $2,350.00 
Total tc date $6,000.00 


Location - - - 17-2802 - Grants Pass-Green Creek Section, Pacific Highway. 
3rd authorization - $800.00 
Total to date $4,000.00 


18-2831 - Klamath Falls Maintenance Headquarters, The Dalles- 
California Highway. 1st authorization - $100.00 
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between Belimap Springs and the Santiam Highway for early spring travel, has 
been transferred to another location so that the services of the men from this 
camp are no longer available; hence it will not be possible for the Forest 
Service to maintain this road in a condition satisfactory as a detour unless 
the state will cooperate by way of betterment. The Secretary was instructed 
to inform the Forest Supervisor that the road in question is not a state high- 
way, hence the Commission is without legal authority to spend state funds 
thereon. 


A letter was presented from T. C. Richter, Amity, in which demand 
is made for the improvement of the Amity-Bellevue Secondary State Highway, in 
Yamhill County. The Commission ordered the communication filed and that Mr. 
Richter be informed that the Commission does not have funds available with 
which to finance this project at the present time. 


A letter wes presented signed by five homeowners and taxpayers of 
North Coos River, Coos County, requesting that the Enegren Ferry service 
across Coos River on the Coos River Secondary Highway be started at 5:00 
o'clock a. m. instead of 7:00 o'clock a. m. if the Commission cannot provide 
24-hour service. The Commission denied the request. . 


The Commission considered and ordered filed a letter from I. M, Lep- 
per, Director of the Eastside Commercial Club, Portland, suggesting the sale 
of bonds, if necessary, in order to provide funds with which to match Federal 
Aid Funds. 


The Commission also considered and ordered filed a resolution from 
the Gold Beach Chamber of Comnerce opposing any additional. bond issue for 
highway purposes. 


A letter was presented from the Shasta-Uascac.e Wouderland Associa- 
tion inviting members of the Commission and its vtaff to be; present at the 
Eighth Annual Convention of this association, which is to be held in Ashland, 
Oregon, Monday and Tuesday, October 10 and 11, 1938. The Commission delegat- 
ed Commissioner Tou Velle; R. H. Baldock, State Highway Engineer; and H. B. 
Glaisyer, Secretary, to represent the Commission at this meeting. 


A letter was presented from the Redwood Empire Association inviting 
the Commission and its staff to attend the Eighteenth Annual Convention and 
Banquet of the Association which is to be held at Eureka Inn on Saturday, Oc- 
tober 22, 1938. The Commission expressed regrets that it would not be able 
to attend this meeting and instructed the Secretary to so inform the associa- 
tion. 


A petition was presented signed by 145 persons residing along and 
-served by the Coos Bay Wagon Road, in which the Commission is asked to take 
over end accept this road as a secondary state highway as has previously been 
requested by the Coos County Court. The Commission denied the request, it 
being contrary to its established policy to place any more roads on the sec- 
ondary highway system until the reconstruction of the roads now on that sys- 
tem has been further advanced. 
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Plans ---- 30-2820 ~ Pendleton Landscape Section, Old Oregon Trail. 
2nd authorization - $50.00 
Total to date $125.00 


Quarry - - - - 30-2821 - Morrow County Line-Echo Section, Columbia River, Old 
Oregon Trail, and Lexington-Echo Highways. 
lst authorization - $200.00 


30-2822 - East Pendleton Overcrossing, Old Oregon Trail. 
lst authorization - $100.00 


30-2823 - Pendleton Section, Old Oregon Trail. 
lst authorization - $400.00 


31-281, - Jimmy Creek-North Powder Section, Old Oregon Trail. 
lst authorization - $525.00 


Location - - - 233-2813 - Forest Boundary-He He Butte Section, Warm Springs 
Highway. 2nd authorization - $1,200.00 
Total to date $6,800.00 


36-2821 - Tillamook Junction Section, Pacific Highway West & 
McMinnville-Tillamook Highway. 
, lst authorization - $200.00 


36-2816 - Lafayette Section, Pacific Highway West. 
2nd authorization - $25.00 
Total to date $3,625.00 


The motion was seconded and was declared by Acting Chairman Aldrich 
to have passed by the affirmative vote of the Commissioners present. 


The Commission considered requests for extensions of time within 
which to complete highway construction projects, as follows: 


Leonard & Slate, Contract No. 2023, for construction of a 
bridge over the North Fork of the John Day River on the John Day 
Highway near Kimberly, in Grant County, requested an extension 
of time of 15 days, from August 31 to September 15, 1938, within 
which to complete this project. They attributed their failure 
to complete the project within the specified time limit to bad 
weather conditions which prevented them from applying the finish- 
ing coat of paint to the structure. The Engineer advised that he 
knows of no reason why the job could not have been completed with- 
in the time limit specified in the contract and accordingly rec- 
ommended that the extension requested be granted but that the con- 
tractors be charged with the extra engineering expense incurred 
by the state subsequent to the specified completion date. A let- 
ter was presented from the Bureau of Public Roads concurring in 
such recommendation. The Commission approved the recommendation 
unanimously. 
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Quarry - - - - 18-2823 - Walker Mountair-Gold Lake Trail Section, Willamette 
Highway. 2nd authorization - $250.00 
Total to date $1,250.00 


Right of Way 19-2814, - Picture Rock Pass-Harris Creek Section, Fremont 
Highway. lst authorization - $500.00 


Location - - 19-2815 - Silver Lake-Picture Rock Pass Section, Fremont High- 
way. ist authorization - $700.00 


19-2816 - Horse Ranch-Silver Lake Section, Fremont Highway. 
lst authorization - $200.00 


20-2830 ~ Greenleaf Creek-Pacific Highway Section, Siuslaw 
Highway. lst authorization - $400.00 


20-2831 - Salt Creek-Lookout Point Section, Willamette Highway. 
lst authorization - $1,000.00 


20-2808 - Maywood-Oak Hill Section, Eugene-Veneta Highway. 
; 6th authorization - $500.00 
Total to date $6,175.00 


20-2831 - Salt Creek~Lookout Point Section, Willamette Highway. 
2nd authorization - $500.00 
Total to date $1,500.00 


Right of Way - 22-2815 - Sweet Home Section, Santiam Highway. 
lst authorization - $50.00 


Right of Way - 22-2811 - Shedd-Halsey Section, Pacific Highway Fast. 
2nd authorization - $100.00 
Total to date $300.00 


Drainage - - - 22-2816 - Lamb Creek-Sheep Ridge Section, Santiam Highway. 
lst authorization - $500.00 


Plans - - ~ - 125-2807 - Rhea Creek-Heppner Section, Wasco-Heppner Secondary 
Highway. 2nd authorization - $900.00 
Total to date $2,400.00 


Quarry - - -- 25-2808 - Gilliam County Line-Ione Section, Oregon-Washington 
Highway. lst authorization - $200.00 


Drainage - - - 127-2812 - Buell Section, Dallas-Coast Secondary Highway. 
lst authorization - $50.00 


30-2820 - Pendleton Landscape Section, 01d Oregon Trail. 
lst authorization - $75.00 


SEP 28 1938 


lows: 


Contract No. 2068, with Snook Bros., for construction 
of two concrete bridges over Wolf Creek, near Sunset Camp, 
on the Wolf Creek Highway, in Columbia and Washington Coun- 
ties. Completed September 16, 1938. 


Contract No. 2072, with Mountain States Construction 
Company, for grading, surfacing, and oiling the Spaulding 
Ranch Section of the Salem-Dayton Secondary Highway, in 
Yamhill County. Completed August 26, 1938. 


Contract No. 2079, with Fisher Bros., for grading, 
surfacing, and oiling the Carver-Redland Store Section of 
the Carver-Redland County Road, in Clackamas County. Com- 
pleted September 23, 1938. 


Contract No. 2083, with Saxton, Looney & Risley, for 
surfacing and oiling the Hillsboro-Airport Road Section of 
the Hillsboro-Cornelius Pass County Road, in Washington Coun- 
ty. Completed August 31, 1938. 


THEREFORE, BE IT RESOLVED, that the work covered by 
said state highway contracts for the construction of said state high- 
way projects be declared completed according to the terms of the re- 
spective contracts, and said jobs are hereby accepted and final pay- 
ment in connection with each is hereby authorized. 


The Commission considered and signed agreements, et cetera, as fol- 


Agreement with the City of Klarath Falls and the California- 
Oregon Power Comvany relative to the construction of an undercross- 
ing of Main Street, Klemath Falls, under the tracks of the Southern 
Pacific Company. 


Agreement with the Southern Pacific Company, the Central Pacif- 
ic Railway Company, and the City of Klamath Falls, relative to the 
construction of an undercrossing of Main Street under the Southern 
Pacific Company's tracks, in Klamath Falls. 


Agreement with the Southern Pacific Company providing for lease 
by the state of a maintenance building and storage site at Woodburn. 


Bargain and Sale Deed conveying unto Anton Roskoski and wife 
7,400 sq.ft. of land lying in Lots 3, 4, 5, 6, and 7, of Block 3, 
Kenview Addition to Portland, being part consideration for property 
acquired by the Commission from the Roskoskis for right of way for 
the Interstate Avenue improvement. Right of way transaction 5079. 


Bargain and Sale Deed conveying unto John A. Hatala and wife 
Lot 16 of Block 3, Overlook Addition to Portlend, being part 
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R. I. Stuart & Sons, Contract No. 2061, for furnishing crushed 
rock in stock piles for the Bandon-Port Orford Section of the Oregon 
Coast Highway, in Coos and Curry Counties, requested an extension of 
time from August 31 to October 15, 1938, within which to complete 
this job. They allegeithat their failure to complete the project 
within the specified time limit was due to change in quarry locatim. 
The Engineer advised that bids were taken for this job‘on March 24, 
1938, and the contract was awarded on April 6, 1938; that work of 
erecting the bunkers was started on April 25, 1938, and actual crush- 
ing operations began on May 31, 1938; and it was his epinion that the 
contract should have been completed within the specified time limit. 
In view thereof, he recommended that the extension requested be 
granted but that the contractor be charged with the extra engineering 
expense incurred by the state subsequent to the date of completion 
- agggae in the contract. The Commission approved the recommenda- 

on. 


The Engineer reported that Contracts Nos. 1984, 2001, 2023, 2030, 
2039, 2068, 2072, 2079, and 2083, for the construction of state highway proj- 
ects, have been completed according to the terms and provisions of the con- 
tracts and said jobs are now ready for acceptance. The following resolution 
accepting the above projects was offered and was adopted by the unanimous 
vote of the Commissioners present: 


WHEREAS, the Engineer has reported that the following 
State Highway Commission contracts for the construction of state 
highway vrojects have been completed according to the terms and pro- 
visions of the contracts or modifications thereof and that said jobs 
are now ready for acceptance: 


Contract No. 198, with Consolidated Highway Company, 
Inc., for grading the East Unit, Jordan Creek Section, of 
the I.0.N. Highway, in Malheur County. Completed August 29, 
1938. 


Contract No. 2001, with C. J. Montag & Sons, for construc- 
tion of an undercrossing structure on the Old Oregon Trail, at 
Ontario, in Malheur Gounty. Completed September 16, 1938. 


Contract No. 2023, with Leonard & Slate, for construction 
of a steel and concrete bridge over North Fork of John Day Riv- 
er, on the John Day Highway, near Kimberly, in Grant County. 
Completed September 13, 1938. 


Contract No. 2030, with Smith & Company, for furnishing 
crushed rock for the Maupin Rock Production Project on The 
Dalles-California and Wapinitia Highways, in Wasco County. Com- 
pleted August 27, 1938. 


Contract No. 2039, with Harold Blake, for grading the Bear 
Canyon Section of the Pacific Highway, in Jackson County. Com- 
pleted September 24, 1938. 
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p. m. and participated in all matters that were discussed subsequent to that 
time. 


The Commission by unanimous vote approved the minutes of the meet— 
ings held on March 23, 24, and 25; April 14; April 27, 28, and 29; May 12; 
and June 1, 2, and 3, 1938. 


A letter was presented from Dewey D. Gault, Portland, owner of 
Gault's Boat Harbor, in regard to the construction of a roadway extending 
easterly from the Pacific Highway at a point near the intersection of Denver 
and Union Avenues, Portland, to his boat dock in the Columbia River. Mr. 
Gault alleges that the present roadway is in bad condition and unsefe for 
travel, and as a result he has lost considerable business; also, that he has 
deferred repairing his roadway because of the plans of the State Highway Com- 
mission to construct a traffic separation project at the intersection of Den- 
ver and Union Avenues, He further advised that he wants to rebuild the road- 
way on @ permanent basis but cannot do so until the state constructs at least 
a portion of its traffic separation project, including a roadway under the 
Pacific Highway to a connection with Swift Boulevard. It was his contention 
that it would be to the advantage of the state to install the underpass now 
because of the developments that are to take place on certain properties in- 
volved during the next year, which would make the purchase of right of way 
more complicated and more expensive. The Engineer advised that to construct 
the underpass and approaches thereto would cost about $60,000. On account 
of the expense involved, the Commission decided that it could not contract 
this work next year and after that time would have to take its chances along 
with others in Portland on the basis of priority. The Engineer was instruct- 
ed to suggest to Mr. Gault that he build a private road which would leave the 
Pacific Highway a little farther away from the end of the Interstate Bridge 
but which would be a much safer one to travel than the present road. In this 
connection he pointed out that the Commissgon's plans for the improvement 
of the highway require the acquisition of additional right of way on the east- 
erly side of the present highway where it has been suggested that Mr. Gault 
build his private road. In view thereof the Commission decided that it might 
be advisable to acquire this extra right of way now and let Mr. Gault use it 
wmtil it is needed for state purposes. The Mngineer was authorized and in- 
structed to ascertain the cost of such extra right of way and report his find- 
ings at the next meeting. 


The Engineer brought up for discussion the matter of securing P.W.A. 
funds to reconstruct the Devil's Gerden-Quartz Mountain Section of the Klam- 
ath Falls-Lakeview Highway, which section was badly damaged and was rendered 
almost impassable during tte last spring breakup. He said that to grade, sur- 
face, and oil a 9-mile section of this road would cost about $106,000, and 
suggested that an application be filed for a P.W.A. grant to assist in fi- 
nancing the work in view of the fact that the road is not a federal aid high- 
way and is not eligible for other federal funds. The Commission concurred in 
the viewpoint of the Engineer that this would be a good project to undertake 
if funds can be found to finance the state's share of the cost, and in view 
thereof instructed the Engineer to secure P.W.A. funds, if possible, to help 
finance it. The following resolution in regard thereto was adopted by the 
Commission by unanimous vote: 
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consideration for property which the state is acquiring from the 
Hatalas for right of way for the Interstate Avenue improvement. 
Right of way transaction 5385-A. 


County Judge Guy Boyington and County Commissioner Wm, Larson, of 
Clatsop County, were present in regard to the proposed road extending north- 
westerly from the Wolf Creek Highway at Elsie to a connection with the Neha- 
lem Secondary Highway at a place know as Fish Hawk Falls, a distance of about 
7 miles. They stated that the County Court proposes to conduct a W.P.A. proj- 
ect on this road within tue next 12 months and they would like the Commission 
to authorize a location survey of the road so that their work will be done on 
the proper alignment. The Engineer advised that this is a logical proposi- 
tion because it will provide a good connection from Astoria to the Wolf Creek 
Highway and when constructed will make the distance from Portland to Astoria 
over state highways about the same as that from Portland to Seaside. He rec- 
ommended approval of the County Court's request. After discussion the Commis- 
sion approved the recommendation and authorized the Engineer to proceed with 
the making of a location survey at his convenience. 


Judge Boyington alleged that this road was placed on the federal aid 
system some time ago when the Wolf Creek Highway was placed on such system. 
The Engineer was instructed to investigate this allegation and report his find- 
ings at the next meeting. 


Judge Boyington inquired whether or not the Commission would offer 
objections to the construction of a roadway approach to the Oregon Coast High- 
way from the beach at 4 point near the north end of the Arch Cape Tunnel, in 
Clatsop County. He advised that the highway is constructed on @ high 
embankment at this particular point and a question has arisen whether or not 
such approach road would be objectionable from the state's standpoint. This 
inquiry, he said, is made in behalf of people who are interested in securing 
a roadway connection between the highway and the ocean beach at this place. 
The Commission referred the matter to the Engineer for investigation. 


The Engineer brought up for discussion a federal aid secondary high- 
way matter in Josephine County. He advised that the Commission has allocated 
the sum of $12,000 to build a new bridge over the Illinois River on the Waldo- 
Holland Road in this county, and it is proposed to contract the work next 
year. However, the bridge is in very bad condition at the present time and 
the County Court has indicated a willingness to replace it at once, paying 
for the same with county funds, if the Highway Commission will spend its 
money for the construction of approaches to the bridge rather than for the 
bridge itself. He gave as his thought, in view of the circumstances, that 
the County Court's proposition is satisfactory, and accordingly recommended 
acceptance of the same notwithstanding the fact that it will necessitate & 
location survey of the nroject because the present bridge structure is not on 
the proper alignment. After discussion the Commission approvec the Engineer's 
recommendation and authorized him to make such location survey as soon as pos~ 
sible. 


Chairman Henry F. Cabell arrived at the meeting at 10:00 o'clock 
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County Court requesting the extension of the Warm Springs Secondary Highway 
from its present terminus at the Wasco-Jefferson County line northerly to a 
connection with the Wapinitia Highway. The Engineer advised that in his es- 
timation it would be sable to designate this road as a secondary state 
highway in view of the fact that the Commission plans to construct a project 
at the northerly end thereof next year in connection with which state funds 
wiil have to be expended. Furthermore, it is a logical extension to the pres- 
ent Warm Springs Secondary Highway. The Commission concurred and thereupon 
approved the County Court's request. The following resolution designating 
this secondary state highway extension was adopted by the Commission by unani- 
mous vote upon motion by Commissioner Aldrich, which was duly seconded by Com- 
missioner Tou Velie: 


WHEREAS, under the provisions of Chapter 248, Laws of 1931, 
and Chapter 196, Laws of 1935, the State Highway Commission, by m- 
tual agreement with the respective county courts of the several coun- 
ties of the state, is authorized and empowered to select, locate, and 
designate a system of secondary state highways, which highways shall 
be selected from the market roads or other county roads, or available 
locations or routes of the several counties; and 


WHEREAS, the State Highway Commission, by mutual agreement 
with the Wasco County Court of the State of Oregon, has selected the 
road or highway hereinafter named, and it is the purpose of the Com- 
mission to officially and regularly designate and adopt said high- 
way as a highway to constitute, together with other highways here- 
tofore adopted and/or which may hereafter from time to time be added, 
the system of secondary state highways under the provisions of said 
acts; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission, all members being present and affirmatively 
voting and participating, as follows: 


1. That the following described market road, county road, 
highway, route, or location of a highway in Wasco County be and the 
said market road, county road, highway, location, or route, hereby 
is selected, designated, established, adopted and approved as a sec~ 
ondary state highway and srall be and hereby is designated as a part 
of the secondary state highway system, to wit: 


Warm Springs Secondary Highway No. 360: 


Beginning at a point on the Wapinitie Highway at a 
point near the Range line between Section 13, T. 55S., 
R. 9 E. and Section 18, T. 5 S., R. 10 E., W. M; thence 
in a southeasterly direction to the Jefferson-Wasco County 
line at a point near the township corner common to T. 8S., 
R's. ll and 12 E. and T. 9 S., R's. ll and WE., W. M., @ 
distance of approximately 25.3 miles. 
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A RESOLUTION AUTHORIZING R. H. BALDOCK, AS STATE HIGHWAY ENGINEER, 
TO FILE AN APPLICATION WITH THE UNITED STATES OF AMERICA THROUGH - 
THE FEDERAL EMERGENCY ADMINISTRATION OF PUBLIC WORKS FOR A GRANT 

TO AID IN FINANCING THE CONSTRUCTION OF A CERTAIN STaTE HIGHWAY 
PROJECT AND THE PURCHASE OF RIGHT OF WAY NECESSARY TO SUCH CON- 
STRUCTION. 


Be it resolved by the Oregon State Highway Commission: 


1. That R. H. Baldock, as State Highway Engineer, be and 
he is hereby authorized to execute and file an application on behalf 
of the Oregon State Highway Commission with the United States of 
America for a grant to aid in financing the construction of the Dev- 
4l's Garden-Quartz Mountain Section of the Klamath Falls-Lakeview 
Highway between mileposts 53 and 62 in Klamath and Lake Counties and 
the purchase of necessary lands and rights of way therefor. 


2. That the said R. H. Baldock is hereby authorized and 
directed to furnish euch information as the United States of America 
through the Federal Bnergency Administration of Public Works may 
reasonably request in connection with the application which is here- 
in authorized to be filed. 


The State Parks Superintendent, Mr. S. H. Boardmen, reported on the 
cost to acquire from the Sunset Logging Company timber strips 300 feet wide 
on each side of the right of way of the Wolf Creek Highway, as instructed by 
the Commission at the previous meeting. He said that he inspected this prop- 
erty very carefully in company with Mr. Eugene Walsh, Forest Engineer, Port- 
land, and consulted the officials of the Sunset Logging Company on the basis 
of acquiring 300-foot strips on each side of the highway for a distance of 
about three miles, involving approximately 269 acres of land; also, that the 
company has set a cash price of $34,000 for this property based on timber at 
the rete of $2.50 per t. , and $1.00 per thousand added as profit over 
and above the regular market price. He advised that, while the strips are 
about 3 miles in length, they are not covered entirely with timber, portions 
being devoid of timber altogether and other portions being timbered on only 
one side of the highway. He also advised that the company proposes }o cut 
the rest of the timber adjacent to the highway just as soon ee it is permit~- 
ted to truck the logs on the highway. In a discussion of this matter the 
question arose whether or not it would be advisable to acquire the land on 
which no timber exists and the strips where there is timber on only one side 
of the highway. Chairman Cabell suggested that the Commission should confine 
its negotiations to the ecquisition of strips where timber is located on both 
sides of the highway. Commissioners Aldrich and Tou Velle concurred and it 
was decided that Chairman Cabell and the State Highway Engineer would inspect 
the premises in the near future. The Parks Superintendent was instructed to 
continue negotietions with the company on such basis when further instructed 
by the Engineer. 


The Commission had under consideration a resolution from the Wasco 
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opinion and judgment of the Commission that the interests of the 
State at large will be best served by the adoption of said proposed 
change of route of said highway in and through said City and the 
change in the point of entrance into said City from the southerly 
boundary or direction and the change in the point of entrance into 
said City from the easterly boundary thereof, all of which changes 
will, in the judgment of the Commission, make possible a better 

t, a more serviceable, convenient and safe thoroughfare in- 
to and through said City, and therefore, it is the opinion of the 
Commission thatthe route and alignment of said highway should be 
altered and modified, and the point of entrance into said City from 
the southerly direction thereof and the point of entrance into said 
City from the easterly direction thereof, and the route in and 
through said City should be changed, fixed and determined, all as 
in said notice announced and at said hearing heard; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by this 
Commission, a majority of the members being present and affirmative- 
ly voting, as follows: ; 


1. That the route and location of the Oregon-Washington 
Highway as the same enters the City of Pilot Rock from the souther- 
ly direction and the route of said highway as the same enters the 
said City from an easterly direction, and the route of said high- 
way in and through said City shall be and the same hereby is routed 
along the route and over streets described and defined as follows: 


Beginning at a point on the present Oregon-Washington 
Highway on Main Street at the intersection with Willow Street 
in the town of Pilot Rock, Umatilla County, Oregon; thence 
in a northerly direction along Main Street to Alma Street; 
thence in an easterly direction along Alma Street to a point 
near Bluff Street; thence in a northeasterly direction to 6 
connection with the present above-mentioned highway approxi- 
mately 1000 feet northeasterly of the easterly city limits 
of said town of Pilot Rock. 


2. That the said above described route, location and align- 
ment be and the same hereby is adopted as the route and location of 
said highway between the termini as defined and described above. 


3. That the Engineer be and he is hereby instructed to 
definitely locate and establish said highway by proper monuments and 
markers and make proper record thereof in the records of the Highway 
Commission, and erect proper signs on the street or streets over 
which said highway is routed, and proceed with the permanent in- 
provement and maintenance of said highway along the route here= 
in dofined and in harmony with plans and specifications by this Com- 
mission approved. 


4. That this resolution be entered in the records and 
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2. That the said highway shall be and hereby is qualified 
for improvement under the provisions of said Chapter 248, Oregon Laws 
1931, and amendments thereof. 


The Commission had under consideration the matter of rerouting the 
Oregon-Washington Highway through the town of Pilot Rock in connection with 
which matter the Commission held a public hearing in the town of Pilot Rock 
on Tuesday, August 30, 1938, as required by statute. The Commission decided, 
in view of the fact that the citizens of Pilot Rock appear to be unanimously 
in favor of the proposed rerouting of the highway, to adopt the proposed lo- 
cation, which will eliminate two right-angle turns in the present route. The 
following resolution in regard thereto was adopted by the Commission by uneni- 
mous vote on motion of Commissioner Aldrich, which was duly seconded by Com- 
missioner Tou Velle: 


WHEREAS, pursuant to notice given as required by Section 
44~120, Oregon Code 1935 Supplement, the Highway Commission met in 
the “Public Library Building in the City of Pilot Rock on the thir- 
tieth day of August, 1938, for the purpose of conducting a hearing 
as provided for in said law with respect to a proposed change in 
the point or place of entrance of the Oregon-Washington Highway in- 
to said Gity from the southerly boundary thereof, the proposed 
change in the point or place of entrance of said highway into 
said City from the easterly boundary thereof, and the proposed 
change of the route of said highway in and through said City; and 


WHEREAS, said meeting was called to order by E. B. Ald- 
rich, Acting Chairman of the State Highway Commission, who ex- 
plained to those assembled the purpose of the meeting and the pro- 
posed change in the route in and through said City, the proposed 
change in the point of entrance from the southerly boundary, and 
the change in the point of entrance from the easterly boundary 
thereof, and the Acting Chairman then invited discussion with re- 
spect to said matters and extended to all persons present an op- 
portunity to be heard for or against said proposed change; and 


WHEREAS, after all who evidenced a desire to be heard had 
entered their names in the records and minutes of the meeting and 
had declared their approval or disapproval of said proposed change, 
the Acting Chairman announced that said matters would be taken un- 
der advisement by the Commission and a decision made and announced 
at a later date; and 


WHEREAS, after due and full consideration of said matters 
and of the arguments and declarations made for and against the said 
proposed change at said public hearing, both with respect to the 
point of entrance of said highway into seid City from the south and 
the point of entrance of said highway from the east, and with re- 
spect to the change of route in said City, and the Commission now 
being fully advised with respect to all of said matters, it is the 
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The Commission discussed briefly a letter from Timberline Lodge, 
Inc., Government Camp, Oregon, in which request was made for the support of 
the Commission in the matter of maintaining and operating the spur road lead- 
ing from the Mt. Hood Highway to Timberline Lodge. The Commission took no 
definite action on this matter. (Delegation was present on following day re- 
garding this.) 


Harold B. Say, Manager of the Travel and Information Department, 
called the Commission's attention to the fact that, by the terms of the con- 
tract between the Commission and the San Francisco World's Fair Committee 
whereby the Commission has budgeted $40,000 of state highway funds for par- 
ticipation in the Oregon exhibit of the San Francisco Fair, the exposition 
committee was required to submit to the Highway Commission by October 3,1938, 
a list of the various items for which it was proposed that the State Highway 
Commission's contribution will be expended. He said that it has been impos- 
sible to determine all of the items to date, and recommended that an exten- 
sion of time to December 15, 1938, be given the World's Fair Committee within 
which to submit a list of all items that the Highway Commission will be 
called upon to finance. The Commission approved the recommendation unani- 
mously. 


Mr. Say also brought up the matter of the Commission's approving 
an expenditure of state highway funds to pay & portion of the cost of renting 
an exhibit building at the San Francisco Fair. After discussion the Commis- 
sion approved in principle the payment of a proportionate share of such ex- 
pense from the $40,000 appropriation that it has budgeted for the World's 
Fair. 


The matter of purchasing two or three reels of motion pictures in 
addition to those called for in the agreement between the State Highway Com- 
mission and the World's Fair Committee with Castle Films, Inc., was brought 
up for discussion by Mr. Say. He advised that such reels could be secured 
for the sum of $2,000, and recommended purchase of the same, the cost to be 
paid from the $40,000 that the Commission has set up for World's Fair pur- 
poses. The Commission approved the recommendation unanimously. 


2: The Commission adjourned at 11:15 o'clock p. m. to reconvene at 
9:00 o'clock a. m. on the following day in the Auditorium of the Public Ser- 
vice Building. 


Portland, Oregon, September 29, 1938 


The State Highway Commission reconvened in regular session at 9:00 
o'clock a. m. in the Auditorium of the Public Service Building. Present 
were: 


Henry F. Cabell, Chairman 
Aldrich, Commissioner 
Tou Velle, Commissioner 
Baldock, State Highway Engineer 
Devers, Attorney 
Glaisyer, Secretary 
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minutes of the Highway Commission, and a duly certified copy thereof 
mailed to the Mayor of the City of Pilot Rock, and a like copy to 
the County Court of Umatilla County. 


The Commission also had under consideration the matter of rerouting 
The Dalles-California Highway from 9th Street to llth Street, in Klamath Falls, 
in connection with which matter a public hearing was held in the city of Klam- 
ath Falls on Tuesday, August 9, 1938, to secure expressions from the citizens | 
of this city relative to the proposed change, as is required by statute. The | 
Engineer gave as his thought that no advantage would be gained by rerouting | 
the highway, in view of the fact that llth Street is no wider than 9th Street 
and contains practically the same number of turns, and for the further reason 
that there is a possibility that at some time in the not far distant future 
the route of this highway into Klamath Falls from the north will be continued 
along the railroad, which will take traffic away from both streets. For rea- 
sons stated by the Engineer and for the further reason that there is strong 
opposition by the citizens of Klamath Falls to the change, the Commission de- 
cided to retain the highway in its present location on 9th Street, notwith- 
standing the request of the Klamath Falls City Council that it be rerouted 
along 11th Street. 


The Attorney reported the status of the suit of Oregon City against 
the Security and Investment Company of Oregon City to determine the ownership 
of certain street ends, portions of which are needed for right of way for the 
East Portland-Oregon City Highway in Oregon City. He said that the case has 
been tried and it is now before the trial judge for decision. Also, that the 
attorneys for the Security and Investment Company have approached him relative 
to a compromise settlement for the street ends. He gave as his thought that 
the Commission should not consider compromising with the company for these 
street ends because the object and purpose of the suit was to determine the 
ownership of the same, and that w be defeated in the event that the Com 


mission would now arrange a compromise settlement. If any compromise settle- 
ment is made, he said, it should be confined to the private property that is 
not in controversy rather than the street ends, which are claimed by both the 
city and the company. The Commission concurred in the viewpoint of the Attor- 
ney and instructed him to inform the attorneys for the Security and Investment 
Company that the Commission refuses absolutely to consider a compromise set- 
tlement for the acquisition of the right of way across the street ends that 
are in controversy, and the parties to the suit will therefore have to abide 
by the decision of the trial judge with respect thereto. 


The Attorney also reported difficulties in securing right of way 
for the East Portland-Oregon City Highway across the property of the Oregon 
City Laundry which is located between Main Street and Water Street in Oregon 
City. It appears that the ommers of the laundry will not set a price on 
their property, and they allege that if the highway right of way is taken 
there is insufficient space left on which to establish their laundry business, 
which is contrary to the belief of the attorneys and engineers of the Highway 
Department. The Commission instructed the Attorney to continue negotiations 
and expedite them as much as possible so that no delay will be encountered be- 
cause of right of way difficulties when this project is ready for construction: 
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(Crooked Creek-Lobert Section, continued) 


M. L. O'Neil & Son 

E. C. Hall 

Fisher Bros. 

Joplin & Eldon 

J. A. Terteling & Sons 
Clifford A. Dunn 

Homer G. Johnson 

A. C. Greenwood Company, Inc. 
E. L. Gates . 
Parker~Schram Company 

McNutt Bros. 

Colonial Construction Company 


PACIFIC HIGHWAY EAST 
ALBANY SECTION - CONSTRUCTION OF CANAL AND RAILROAD ROADBED 


Mountain States Construction Company 
C. J. Montag & Son 

Leonard & Slate 

The United Contracting Company 


HALSEY - SWEET HOME SECONDARY HIGHWAY 
BROWNSVILLE SECTION - GRADING, SURFACING AND OILING 


Mountain States Construction Company 
D. L. Ashton 

0. C. Yocom 

Edwin C. Gerber 

Saxton, Looney & Risley 

H. L. Rice 

Homer G. Johnson 

Harold Blake 


COUNTY ROAD NO. 360 
srninen waite caivon Guk Wedis Wands IVER 


C. J. Montag & Son 

Snook Bros, 

Mountain States Construction Company 
Geo, F. Price 

Averill & Corbin 

C. E. Silbaugh 

Geonard & Slate 

Barham Bros. 

Portland Bridge Company 

Colonial Construction Company 


_ 
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(Bids for this project were received for and in behalf of the County Court 
of Umatilla County.) 
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Bids as follows for highway construction projects and for the pur- 
chase of buildings were opened and read in conformance with previously pub- 
lished notice: 


WOODBURN-MT. HOOD SECONDARY HIGHWAY 
MOLALLA SECTION —- PAVING 


Mountain States Construction Company $ 12,288.00 
Oregon Contracting Company 12,427.00 
River Bend Sand & Gravel Company 12,436.00 
The United Contracting Company 13,699.00 

CENTRAL OREGON HIGHWAY 

ROADSIDE OASIS AT BROTHERS 

Saxton, Looney & Risley $ 7,009.0 
Contracting & Sales Company, Inc. 8,254.00 

CENTRAL OREGON HIGHWAY 

SUNTEX JUNCTION AND BROTHERS BUILDINGS 
FOUR FRAME DWELLINGS AND TWO MAINTENANCE BUILDINGS 

Henry C. Nelson $ 36,394.00 
Allen V. Moore 39,180.97 
Cc. E. Silbaugh 43,045.00 


CENTRAL OREGON HIGHWAY 
BROTHERS-HARNEY COUNTY LINE SECTION - GRADING, SURFACING, OILING 


E. C. Hall $174, 821.30 
Edwin C. Gerber 177,143.00 
J. A. Terteling & Sons 180,141.40 
Fisher Bros. 181,027.50 
Roy L. Houck 182,825.60 
Leonard & Slate 185,918.00 
White Trucking Company 191,268.50 
Clifford A. Dunn 191, 809.00 
McNutt Bros. 192,402.50 
Harold Blake 196,482.40 
M. L. O'Beil & Son 198,289.90 
Babler Bros. 198,955.00 
Homer G. Johnson 199, 516.00 
Joplin & Eldon 232,976.30 


Parker-Schram Company 253,155.50 


THE DALLES—CALIFORNIA HIGHWAY 
CROOKED CREEK-LOBERT SECTION - GRADING, TOPPING, SURFACING AND OILING 


Roy L. Houck $120,203.50 
Mountain States Construction Company 127,252.50 
Harold Blake 128,698.00 


(Continued on next page) 
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Chairman Cabell announced that the Commission would make its award of con- 
tracts, et cetera, at 3:00 o'clock p. m. in the same room. 


County Judge Nelson B. Higgs, Harney County, and County Commission- 
er William Baer, Deschutes County, were present and asked that the Central 
Oregon Highway be officially designated as U. S. Highway No.4, so as to pro- 
vide a U. S. highway route with this number extending from the Atlantic Coast 
to the Pacific Coast. The Engineer gave as his thought that the idea is a 
good one but suggested that the numbering of this road be deferred until the 
road is in better condition for general public travel. The Commission con- 
curred in the Engineer's suggestion and advised that a recommendation to the 
effect that the Central Oregon Highway be designated as U. S. Highway Houte 
No. 14 would be forwarded to the American Association of State Highway Offi- 
cials at the proper time. 


Mr. Robert W. Sawyer, Bend, came before the Commission in regard to 
the appointment of a committee, as recommended by the Advisory board on Pub- 
licity Matters, to make a study of Oregon conditions tending to affect tour- 
ist travel and to make suggestions that will lead to a more efficient meeting 
of tourist advertising competition. He gave as his thought that this commit- 
tee should be composed of probably three members and that the personnel should 
be people who reside outside of the State of Oregon. He further suggested 
that this committee should make a trip over the highways throughout the state, 
taking about a week or so of time, and that they should serve without pay 
except for reimbursement for their necessary traveling expenses. The Commis— 
sion indicated approval of Judge Sawyer's suggestion but deferred definite 
action on the matter until its next meeting. lr. Sawyer was assured by Chair- 
man Cabell that the matter would be definitely disposed of at such meeting. 


In this connection the matter of removal of signs from the highway 
rights of way and properties adjacent thereto was brought up for discussion. 
The Commission authorized and instructed the Engineer to prepare a circular 
letter to all field engineers ordering the removal of all advertising signs 
of every descriotion, regardless of who owns the signs, from state highway 
rights of way and all right of way fences. 


Mr. Sawyer also brought up the matter of substituting the Butler 
Market Road in Descimtes County for a portion of the Powell Butte Secondary 
Highway No. 371. Present and entering into the discussion of this matter 
were County Judge C. E. Lyon and County Commissioners Wm. Baer and Millard T. 
Triplett, of Yeschutes County, representing the County Court. Mr. Sawyer 
pointed out that the Butler Market Road connects with the Powell Butte Sec- 
ondary Highway about 7 miles northeast of Bend and extends directly into 
Bend, whereas the Powell Butte Secondary Highway connects with the Central 
Oregon Highway about 5 miles east of Bend. He further stated that the Butler 
Market Road is the logical secondary highway because, in his estimation, it 
more nearly meets the federal aid secondary highway requirements, being a 
feeder road which is a mail route and over which school busses are routed. 
He urged the Commission to either desigate this road as another secondary 
state highway or to reroute the Powell Butte Secondary Highway over it in- 
to Bend rather than to the present connection with the Central Oregon Highway. 
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CITY OF EUGENE 
FURNISHING AND INSTALLATION ON AN INTERCONNECTED FLEXIBLE PROGRESSIVE 
TRAFFIC SIGNAL SYSTEM 


Sigwart Electric Company $ 6,877.50 
Castelloe & Stocker 7, 741.00 
W: Rv Grasle Company 7,930.00 
Kennéy Electric Company 8,238.00 
Bosler Electric Company 8,997.00 
NePage-McKinny 9,030.70: 


Sale of Buildings 
‘RESIDENCE BUILDING IN SOUTH SALEM 


BUILDING NO. 5777 
(Former Owner Alice M. Prescott) 


RESIDENCE BUILDING IN OREGON CITY 


BUILDING NO. 3044 
(Former Owner Chas. and Lena Wieland) 


C. H. Walter 
Mack H. Spencer 
Earl Oney 


RESIDENCE BUILDING IN WEST PORTLAND 


BUILDING NO. 5037 
(Former Owner John T. Paulson) 


C. H. Walter 


F. A. Graddy 
Lebeck & Son 


RESIDENCE BUILDINGS IN ALBANY 


BUILDING NO. 4958 
(Former Owner Gladys V. Holloway) 


No bids received 


BUILDING NO. 4972 
(Former Owner S. J. Brown) 


Mr. and Mrs. H. D. Rohde 
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and safe road for the general traveling public when heavy government equip- 
ment is being transported over the same; from the standpoint of fire preven- 
tion, the government fire-fighting equipment at Fort Stevens being the only 
available equipment of this kind to serve the towns of Warrenton and Hammond; 
and to provide a good military road for use in times of war. In this connec- 
tion it was pointed out that *his is the oly road leading to Fort Stevens 
and from that standpoint it should be reconstructed to high standards and 
placed in exceedingly good condition. 


The Engineer advised that the road is a little over 6 miles long 
and that it would cost approximately $200,000 to reconstruct it to modern 
standards. He also said that the road has a high solvency quotient, which 
would indicate that its improvement would be a desirable project if there 
were funds to finance it. 


Senator Franciscovich pointed out that the road is the only one 
available between Fort Stevens and Camp Clatsop, which is quite important 
from the military standpoint. 


Chairman Cabell pointed out that the highway improvements which are 
being financed with government funds must meet certain requirements. He ques- 
tioned the government authorities approving « minor improvement on this road. 
He further stated that the road has merit but the Commission is short of funds 
and is not able to finance the improvement of the same now, hence is not ine 
position to place the road on the state highway system at present. He agreed 
to inspect the road the next time he is in the vicinity of Astoria. This con- 
cluded the conference. 


Mr. Convill then conferred with the Commission in regard to highway 
improvements in Astoria. He inquired as to the plans of the Commission for 
the construction of the proposed revision of the Oregon Coast Highway ou Bond 
Street and was informed that this project is in an indefinite status due to 
shortage of funds, hence there is no possibility of doing the work this year 
unless it shculd develop that savings accrue from the contracting of athe work, 
which appears doubtful at the present time. 


The Engineer brought up the matter of financing the Suntex and Broth- 
ers Building Project, for which the Commission took bids at this meeting. He 
pointed out that the low bid received for this work exceeds the original esti- 
mated cost of the work as submitted to the P.W.A. authorities, and, under the 
present setup, the Government will not pay more than 45 percent of the origi- 
nal estimated cost. He recommended that an amended application be filed with 
the P.W.A. authorities to secure, if possible, additional grant funds which 
would relieve the state from payment of such amount; and, if the Government 
denied the application, that the excess amount be paid entirely with state 
funds so that the project can proceed. The Commission voted unanimously to 
secure the additional P.W.A. funds if possible and authorized the Engineer to 
file an amended application for the same. The Commission also voted unani- 
mously to pay the excess amount entirely with state funds in the event that 
the P.W.A. authorities refuse the additional grant. The Commission decided 
to proceed with the award of the contract on such basis. 
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After discussion the delegation was informed by Chairman Cabell that he ex- 
pects to make a trip to Burns within the next month or so and would be pleased 
to inspect the Butler Market Road enroute. Action on the request was accord- 
ingly deferred for the time being. 


Mr. Sawyer also brought up for discussion the matter of construction 
of the proposed 3rd Street Railroad Grade Separation Project on The Dalles- 
California Highway, in Bend. He gave as his understanding that the Commission 
has postponed this project and urged reconsideration of the decision so that 
tourists visiting the state, after attending the San Francisco World's Fair 
next year, will not be inconvenienced. He predicted an unusual amount of 
travel on The Dalles-California Highway during progress of the San Francisco 
World's Fair. The Fngineer advised that the Commission's revenues from the 
gasoline tax and motor vehicle license fees have not materialized as was an- 
ticizated, and indications are that receipts will be from $250,000 to $300,000 
below the estimates made last fall, in view of which the Commission will not 
be able to match all of the federal funds as rapidly ag they become available, 
and has found it necessary to postpone a number of projects, including the 
3rd Street project in Bend, for the time being. 


He further explained that, whereas the government funds are to be 
used to finance construction of this grade separation project, the state will 
have to pay the nonparticipating items, including the acquisition of right of 
way, which, in a project of this kind, will aggregate a considerable sum. 
Furthermore, the state must advance the cost of construction, and experience 
shows that, in connection with grade separation projects, the percentage of 
state funds that are tied up during the time that construction operations are 
in progress sometimes amounts to as much as 50 percent of the cost of the 
project, and reimbursement is not secured from the Government for several 
months after the work is completed. It is apparent, he said, that the state 
will gain no material financial advantage by giving priority to the 3rd 
Street Grade Separation Project in Bend, or any other grade separation proj- 
ect, over other federal aid projects. This matter was discussed further but 
the Commission made no change in its plans for the contracting of the job. 


A delegation from Clatsop County, consisting of County Judge Guy 
Boyington and County Commissioner Wm. Larson, representing the County Court; 
G. Clifferd Barlow, Auditor and Police Judge, Warrenton; Senator F. M. Fran- 
ciscovich; Colonel Edgar Thompson, Commander of Fort Stevens; and James 0. 
Convill, City Manager of Astoria, was present in regard to a road extending 
from the4Oregon Coast Highway to Fort Stevens. They asked the Commission to 
designate this road as a state secondary highway and to improve the same as 
such. They pointed out that the present road is paved, although the pavement 
is narrow, and asked that it be widened to at least 20-foct width and that 
the numerous sharp curves and right-angle turns be eliminated. Judge Boying- 
ton said that they would be satisfied with an improvement costing about 
$25,000. 


Speaking in behalf of the project, in addition to Judge Boyington, 


were the following: Colonel Thompson, Mr. Barlow, and Senator Franciscovich. 
The speakers urged the improvement from the standpoint of providing a usable 
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Judge Glass then stated that the sidewalk is badly needed through 
this district pecause of the large volume of traffic using the road and gave 
as his thought that the state should build the sidewalk and suggested that 
the work be done as a state W.P.A. project. 


The Engineer pointed out that the funds budgeted by the Commission 
for W.P.A work have all been allocated. He suggested that further considera- 
tion of the sidewalk project be deferred until the new highway between Junc- 
tion City and Eugene is open for travel, which will be in the near future, 
when a traffic count can be taken to determine the justification for a side- 
welk along the old road, and the Commission can then decide who should spon- 
sor the W.P.A. project if the sidewalk is required. The suggestion was ap- 
proved by all parties. - 


Judge Glass then asked the Commission to furnish powder for use in 
connection with a W.P.A. project that the county proposes to undertake on the 
Walton-Noti Section of Route "F" Secondary State Highway this winter. The 
Commission deferred a decision on this matter pending completion of 4 survey 
which is now under way, and a determination as to what the Commission's obli- 
gations are to be for next year, there being a question as to whether or not 
the Commission would have any money to spare in view of the fact that its fi- 
nances are now low and every dollar must be conserved to match federal aid 
funds. ; 


The Commission adjourned at 12:30 o'clock p. m. and reconvened at 
1:45 o'clock p. m. in the same room with all Commissioners present and partici- 
pating. Also present were the State Highway Ingineer, the Attorney, and the 
Secretary. 


A delegation from Roseburg, consisting of W. C. Harding, Secretary 
of the Chamber of Commerce; A. C. Marsters; County Judge Huron W. Clough; and 
Senator C. W. Clark, came before the Commission with an urgent plea for the 
reconstruction of the Roseburg-Shady Point Section of the Pacific Highway. 
They alleged that they were previously given to understand by the Commission 
that this project would be contracted this fall, but it now appears that the 
Commission has deferred it und it is a big disappointment to them and to the 
people of their district. They urged the Commission to reconsicer its de- 
cision and to take bids for the work so that construction can be started this 
year. 


Chairman Cabell advised that the revenues that the Commission ex- 
pected to receive this year have not materialized because the amounts re- 
ceived from the gasoline tax and motor vehicle license fees have decreased 
since 1937 to such an extent that it has been necessary for the Commission to 
defer a number of »rojects, including the one south of Roseburg, because of 
inability to finance them. He further stated that the Roseburg-Shady Point 
project is a desirable one and that the Commission wants to contract it as 
soon as possible but because of financiel stringency cannot do so now. This 
project, he said, was placed on the tentative construction program earlier in 
the season but the Commission made no definite commitment or promise in re- 
gard thereto because that is contrary to the Commission's established policy 
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Messrs. J. E. Turnbull and William Tugman, representing the city of 
Eugene, were present in regard to the adoption of a permanent route for the 
Pacific Highway through Eugene. Mr. Tugman stated that important business de- 
velopments are being held up because of the uncertainty of where the permanent 
highway is to be routed and he urced the Commission to make necessary surveys 
and to decide a permanent route as soon as possible, whether or not construc- 
tion is undertaken for two or three years. He filed petitions as follows en- 
dorsing the request: letter from the Eugene Chamber of Commerce bearing en- 
dorsements by businessmen of Eugene; resolution from the Board of Directors 
of the Eugene Chamber of Commerce; letter from the Bugene Realty Board; and a 
letter from the Bugene City Council. He also filed with the Commission a 
statement showing the 1938 owners of property lying north of and adjacent to 
6th Street, Eugene, between Grant and Pearl Streets, which is being considered 
as @ dossible route for this highway. 


The Engineer advised that several alternate routes have been con- 
sidered through Eugene and it appears to him that the 6th Street route meets 
the qualifications and requirements of second stage construction better than 
the others. It was his thought that a definite route should be decided, and 
recommended that a location survey be made of the two best routes when there 
is money available to finance the surveys, which probably would not be until 
after the first of the year, and that 2-year options be then taken for the 
right of way; also, that a public hearing be held in Bugene as required by 
law. The Commission approved the recommendation unanimously and authorized 
the Engineer to make the survey. 


The County Court of Lane County, consisting of County Judge N. E. 
Glass and Commissioners Walter J. Holland and C. M. Young, was present. They 
were accompanied by P. M. Mcrse, County Ingineer. Judge Glass inquired wheth- 
er or not the Commission has as yet acted on the petition of Lane County citi- 
zens requesting that the old Pacific Highway between Junction City and Eugene 
be designated as J. S. Highway No. 99 East. He was informed that the Commis- 
sion has acted on this matter and has denied the request because it is con- 
trary to the policy of the American Association of State Highway Officials, 
whose recommendation is followed in such cases, to approve of alternate high- 
way routes, and in this particular instance it is doubtful that approval 
could be secured because the old route closely parallels the new route of the 
Pacific Highway. 


Judge Glass then brought up the matter of sidewalk construction 
along the Junction City-Bugene Secondary Highway through the Santa Clara Dis- 
trict. He said that the Commission approved of such sidewalk construction 
at one time but the provisions of the permit that was prepared were so dras- 
tic that the county could not accept them, hence did not build the sidesalk, 
which was to have been undertaken as a W.P.A. project. 


The Engineer explained the requirements of the Commission in re- 
gard to sidewalk construction on state highway rights of wey and pointed out 
that in most instances the state requires the sponsor of the sidewalk to main- | 
tain the same, but in this particular instance the Commission agreed to main- | 
tain the sidewalk because of the unusual circumstances. | 
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They were informed by Chairman Cabell that state highway funds are 
at a low ebb and the Commission is not in a position today to give them any 
encouragement for either project; however, the Commission is now considering 
the matter of taking over the road to Timberline Lodge, although from a check 
of the Commission's finances and obligations it does not appear possible to do 
this right now because of the expense involved. However, the Commission has 
not yet definitely decided what it will do in the matter. 


Mr. Telford then brought up the matter of the improvement of 82nd 
Street (Cascade Secondary Highway) between a place mown 4s Pope Hill and Ore- 
gon City. He asked the Commission to rebuild this road next year (1939) as @ 
safety measure inasmuch as it will eliminate two dangerous railroad crossings 
and one dangerous bridge on the present route, which is a very serious matter. 
He said that the Clackamas County Planning Board believes that the selection 
of the proper route should be left with the State Highway Commission and. its 
engineers, but that their purpose at this time is simply to urge the Conmmis- 
sion to rebuild the section at the earliest possible time. Mr. Root also 
spoke in favor of this project. 


Chairman Cabell pointed out that the people of this district are 
not in accord as to what the Commission should do to improve this road and 
the Commission feels that, since there are so many projects throughout the 
state where the people are in agreement, it should proceed with those proj- 
ects rather than with a project where there is so much opposition. In such 
matters, the Commission acts, he said, on the theory that it should not 
spend its money for improvements on inferior locations, and believes, in cases 
where there is considerable opposition to construction on the proper location, 
that the thing to do is to discontinue further consideration of the project 
rather than to build on inferior line changes to fit local sentiment. In any 
event, he added, the Highway Commission does not have funds to proceed with 
this project now and will not have until it receives the federal appropria- 
tions for railroad grade separation projects. The Commission will keep this 
project in mind, he added, but can make no definite commitment or  .romises eat 
this time. 


The Engineer requested instructions relative to the contracting of 
the proposed revision of the Oregon-Washington Highway between Pendleton and 
Adams, in Umatilla County. He gaid that this oroject is scheduled for letting 
at the December meeting of the Commission but there is a question whether or 
not it will be ready at that time because of difficul*+ies encountered in the 
acquisition of right of way, some of the property owners having demanded con- 
siderably more for their holdings than they are worth or than wes anticipated. 
It appears now, he said, that it will be necessary to condemn the right of way 
if the Commission wants to contract this work before the end of the year. 
After considerable discussion the Commission instructed the Attorney to pro- 
ceed with condemnation immediately under authority heretofore given hin. He 
was also instructed to render a report on the right of way situation at 4 
special meeting of the Commission which is to be held before the end of Octo- 
ber, at which time the Coumission will decide whether or not to advertise 
this project for bids to be received at its meeting on November 10. 
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and the Commission regrets if the people of Roseburg have misunderstood the 
Commission in this regard. He pointed out that the Commission has a consid- 
erable amount of contract work under way and has to make partial payments to 
its contractors each month, so it would be unwise for the Commission to jeop- 
ardize such payments to the contractors by the contracting of more work than 
it is able to finance. Commissioner Aldrich concurred in the remarks of 
Chairman Cabell and added that the Commission has no intention to sidetrack 
this job and expects to contract it at the earliest possible time. 


Mr. and Mrs. E. C. Newall of Vancouver, Washington, and Mrs. Newall 
mother, Mrs. Ida B. Hadley, Newberg, came before the Commission in regard to 
damage that occurred to Mrs. Hadley's property adjacent to the Pacific High- 
way West, about one mile east of Newberg, by reason of the reconstruction of 
this highway. Mr. Newall stated that Mrs. Hadley conducted a fruit stand 
alongside of the highway before the highway was reconstructed but is now un- 
able to do so because the grade line of the highway was lowered several feet, 
which places her stand at the top of a deep cut, where it is nct readily ac- 
cessible to highway traffic, and as a result she is now deprived of the only 
income that she had, amounting to about $250 per year. He further explained 
that Mrs. Hadley donated land that was needed for extra right of way in front 
of her premises,and had no intimation of any kind that the highway grade line 
would be lowered, and the only compensation that she received from the state 
was about $20 to pay the cost of moving some shrubbery. He added that Mrs. 
Hadley is now asking the Commission to recompense her in some way for her 
loss and will be satisfied if the Commission will do additional grading work 
in front of her place so that she can resume her business, which, elthough 
small, is her only source of income and is badly needed by her. 


The Engineer advised that, in order to provide a site for Mrs. Had- 
ley's fruit stand, it would be necessary to do a considerable amount of grad- 
ing work, which would be quite costly. 


Chairman Cabell pointed out that the Commission has an established 
policy which does not permit the opening up of negotiations after they have 
once been completed because it is considered 4 bad precedent to do this un- 
less there is a very valid justification for the same. He added that, not- 
withstanding this policy, in view of the circumstances, he would be glad to 
inspect the vremises in the near future, but a decision cannot be made at 
this time. 


Messrs. Bernard Schoenburg, Tom Root, and Wallace Telford, repre- 
senting the Clackamas County Planning Board, came before the Commission with 
a request that the Highway Commission take over as & state secondary highway 
the spur road leading from the Mt. Hood Highway to Timberline Lodge. They 
also asked the Commission to place on the state secondary highway system the 
county road which extends from Estacada up the Clackamas River to Oak Grove 
Fork. They said that both roads are scenic in character and, in their esti- 
mation, should be state highways. They pointed out that the Estacada—Oak 
Grove Fork road has possibilities for future connection with the Wapinitie 
Highway. 
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and it appears that Mountain Statea Construction Co. is low bidder, 
after taking alternate deductions; and 


WHEREAS, such bid is within the available funds of $13,300; 


NOW, THEREFORE, BE IT RESOLVED, That the contract for the 
construction of said Molalla paving be and the same is hereby award- 
ed to Mountain States Construction Co. for the sum of $12,286.00. 


WHEREAS, the bids received for the construction of grading 
and surfacing at Brownsville, Oregon, have been duly opened, read 
and compared, and it appears that Mountain States Construction Co. 
is low bidder, after taking alternate deductions; and 


WHEREAS, such bid is within the available funds of $26,500; 


NOW, THEREFORE, BE IT RESOLVED, That the contract for the 
construction of said Brownsville grading and surfacing be and the 
same is hereby awarded to Mountain States Construction Co. for the 
sum of $21,970.50. 


The Secretary was authorized and instructed by the Commission to 
notify W. H. Lynch, District Engineer, Bureau of Public Roads, in writing of 
the action taken. 


The Commission had under consideration the offer of the United 
States of America to contribute P.W.s. funds to aid in financing the construc- 
tion of the Madras-Deschutes County Line Rock Production Project in Jefferson 
County, and the acquisition of necessary lands and rights of way therefor. 
Commissioner Aldrich moved the adoption of the following resolution accepting 
such offer. The motion was duly seconded by Commissioner Tou Velle and was 
declared carried by the Commission by unanimous vote: 


A RESOLUTION ACCEPTING THE OFFER OF THE UNITED STATES OF AMERICA TO 
THE STATE HIGHWAY COMMISSION OF THE STATE OF OREGON TO AID BY WaY OF 
GRANT IN FINANCING THE CONSTRUCTION OF THE MADRAS-DESCHUTES COUNTY 
LINE ROCK PRODUCTION PROJECT IN JEFFERSON COUNTY AND THE ACQUISITION 
OF NECESSARY LANDS AND RIGHTS OF WAY THEREFOR. 


Be it resolved by the Oregon State Highway Commission: 


Section 1. That the offer of the United States of Ameri- 
ca to the State Highway Commission of the State of Oregon to aid 
by way of grant in financing the construction of the Madras- 
Deschutes County Line Rock Production Project in Jefferson County 
and the acquisition of necessary lands and rights of way therefor, 
a copy of which offer reads as follows: 


(Letter follows on next page) 
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The Commission thereupon set ‘thursday, October 20, 1938, as the date 
for such special meeting, which is to be held in the office of the State High- 
way Engineer in Salen. 


The Commission also confirmed Thursday, November 10, 1938, as the 
date for its next regular meeting for the receiving of bids in Portland, and — 
decided to take bids also on Wednesday, November 9, 1938, in Portland, inas- 
much as there will be too many jobs listed for a one-day letting. The Secre- 
tary was instructed to make the usual arrangements to hold the Portland meet- 
ings in the Auditorium of the Public Service Building in accordance with the 
usual practice. 


The Commission had under consideration bids received at the morning 
session for the construction of highway department maintenance buildings at 
Suntex Junction and at Brothers on the Central Oregon Highway, in Deschutes 
and Harney Counties. Inspection of the bids revealed that of Henry C. Nelson, 
Bend, to be low at $36,394.00. The Engineer advised that in his estimation 
the bid is satisfactory and recommended the award of the contract to Mr. Nel- 
gon at his bid price of $36,394.00. The Commission approved the recommenda- 
tion and by unanimous vote adopted the following resolution in regard thereto: 


Moved by E. B. Aldrich and seconded by F. L. Tou Velle, 
that the contract for the construction of Highway Department main- 
tenance buildings at Brothers and Suntex Junction be awarded to 
Henry C. Nelson of Bend, Oregon, the low bidder, at his bid of 
$36,394.00. 


The Commission thereupon authorized the State Highway Engineer and 
the Secretary to sign a letter directed to Mr. C. C. Hockley, Regional Direc- 
tor, P.W.A., advising him of the action taken and informing him that the Com 
mission will proceed with the award of the contract upon receipt of approval 
from his office. 


The Commission also had under consideration the bids received at 
the morning session for the construction of the Molalla Section of the Wood- 
burn-it. Hood Secondary Highway, in Clackamas County, and for the construc- 
tion of the Brownsville Section of the Halsey-Sweet Home Secondary Highway, 
in Linn County. Inspection of the bids received for the Molalla paving proj- 
ect revealed that of the Mountain States Construction Company of Eugene to 
be low at $12,286.00, and that of the Mountain States Construction Company, 
Bugene, for the grading, surfacing, and oiling of the Brownsville Section at 
$21,970.50 to be low for that project. The Commission considered that these 
bids are satisfactory, and, having previously received approval from the 
United States Bureau of Public Roads, decided to award the contract for each 
project to the Mountain States Construction Company at the low bids submitted 
therefor. The following resolutions in regard thereto were adopted by the 
Commission by the unanimous vote of the Commissioners present: 


WHEREAS, the bids received for the construction of pav- 
ing at Molalla, Oregon, have been duly opened, read and compared, 
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Section 2. That the State Highway Commission of the 
State of Oregon end the State of Oregon agree to abide by all rules 
and regulations relating to such grant a copy of which rules and 
regulations were annexed to the Government's offer and made a part 
thereof. It is hereby covenanted that the work on the project de- 
scribed in the offer will be commenced as early 4s possible, but in 
no event later than twelve weeks from the date of this offer; and 
to complete the work with all practicable dispatch, and in any 
event within four months from the commencement of construction. 


Section 3. That J. M. Devers, Assistant Attorney General 
for Oregon, and Attorney for the State Highway Commission of the 
State of Oregon be and he is hereby authorized and directed forth- 
with to send to the Federal Emergency Administration of Public 
Works three certified copies of this Resolution and three certified 
copies of the proceedings of this Commission in connection with the 
adoption of this Resolution, and such further documents or proofs 
in connection with the acceptance of said offer as may be requested 
by the Federal Emergency Administration of Public Works. 


At 3:00 o'clock p. m. Chai:man Cabell announced the following 
awards of contracts and sale of buildings, bids for which were taken at the 
morning session, the awards having been previously approved by the Commission 
by unanimous vote: 


“Molalla Section of the Woodburn-Mt. Hood Secondary Highway, 
in Clackamas County. 0.34 mile paving. The low bid for this proj- 
ect was that submitted by the Mountain States Construction Company, 
Eugene, at $12,286.00. The next low bid was that of the Oregon 
Contracting Company, Poriiand, at $12,427.00. There were 2 higher 
bidders. The Commission has awarded the gontract to the low bid- 
der, the Mountain States Construction Company, at its bid of 
$12,286.00. 


"Roadside Oasis at Brothers on the Central Oregon Highway, in 
Deschutes County. The Commission received 2 bids for this project, 
being those of Saxton, Looney & Risley, Oak Grove, at $7,009.00 
and that of the Contracting & Sales Company, Inc., Portland, at 
$8,254.00. The Commission considers these bids unsatisfactory, 
hence has rejected them and has ordered the project reacvertised. 


"Construction of maintenance buildings at Suntex Junction and 
Brothers, on the Central Oregon Highway, in Deschutes and Harney 
Counties. The Commission received 3 bids for this project, the low 
one being that submitted by Henry C. Nelson, Bend, at $36,394.00. 
The second low bid was that of Allen V. Moore, Portland, at 
$39,180.97. The Commission has awarded this contract to the low 
bidder, Henry C. Nelson, at his bid of $36,394.00. 


"Grading, surfacing, and oiling the Brothers-Harney County 
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"P. W. 84060-12 
"FEDERAL EMERGENCY ADMINISTRATION OF PUSLIC WORKS 


"Washington, D. C., 
Dated: Sep. 29, 1938 
"State Highway Commission of the State of Oregon 
Salem, Oregon. 


"1, Subject to the Terms and Conditions (PWA Form No.230, 
as amended to the date of this Offer), which are made a part hereof, 
the United States of America hereby offers to aid in financing the 
acquisition of necessary lands and rights of way and the production 
of road material for the Madres-Deschutes County Line Rock Produc- 
tion Project (herein called the "Project") by making a grant to 
State Highway Commission of the State of Oregon (herein called thé 
"Applicant") in the amount of 45 percent of the cost of the Project 
ugen completion, as determined by the Federal Emergency Adminis- 
trator of Public Works (herein called the “Administrator"), but not 
to exceed, in any event, the sum of $7,416. 


"2, By acceptance of this Offer the Applicant covenants 
to begin work on the Project as early as poesible but in no event 
later than 12 weeks from the date of this Offer and to complete 
such Project with all practicable dispatch, and in any event within 
4 months from the commencement of construction. 


"3, This Offer is made subject to the express condition 
that, if the Administrator shall determine at any time that the Ap- 
plicant has paid or agreed to pay, whether directly or indirectly, 
@ bonus, commission or fee to any person, firm or corporation for 
attempting to procure an approval of the Applicant's application, 
or for alleged services in procuring or in attempting to procure 
such approval, or for activities of the nature commonly imown as 
lobbying performed or agreed to be performed in connection with the 
application, then the Administrator shall have the right, in his 
discretion, to rescind this Offer and any agreements resulting 
herefrom, and, in the event of such rescission, the United States 
of America shall be under no further obligation hereunder. 


“UNITED STATES OF AMERICA 
Federal Emergency Administrator 
of Public Works 


By (Sgd.) 4H. A. Gray 
Assistant Administrator" 


Be and the same is hereby in all respects accepted. 
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(Bids for Eugene traffic signal system, continued) 


Kenney Electric Company, Portland $8,238.00 
Bosler Electric Company, Salem 8,997.00 
NePage-McKinney Company, Portland 9,030.70 


The Commission desires more time to study these bids so as to make 
definitely certain that the proposal submitted by the low bidder 
meets the specifications. In view thereof, the Commission has re- 
ferred all of the bids to the Engineer, with power to award the 
contract to the low bidder whose bid meets the state's specifica- 
tions." ; 


Building in South Salem 


"Building No. 5777, formerly owned by Alice M. Prescott, The 
Commission received 3 bids for the purchase of this building, the 
high one being that of George Lammers, Eugene, at $156.00. The 
next high bid was submitted by R. M. Toler, Salem, at $130.00. 

The Commission considers the offer of George Lammers satisfactory 
and accordingly has sold the building to him for $156.00." 


Building in Oregon City 


"Building No. 3044, formerly owned by Chas. and Lena Wieland. 
3 bids were submitted for the purchase of this building, the high 
one being that of C. H. Walter, Aurora, at $107.00. Mack H. 
Spencer, Oregon City, submitted the next high bid at $103.00. The 
Commission has sold the building to C. H. Walter at his high bid 
of $107.00." 


Build in West Portland 


"Buileing No. 5037, formerly owned by John I. Paulson. C.H. 
Walter, Aurora, submitted the high bid for this building et $59.00. 
The next high bid was submitted by F. A. Graddy, Portland, at 
$45.00. There was one other bid received. The Commission con- 
siders the bid of C. H. Walter satisfactory and accordingly has 
sold the building to him for $59.00." 


Buildings in Albany 


"Building No. 4958, formerly owned by Gladys V. Holloway. No 
bids were received by the Commission for the purchase of this build- 
ing. 


"Building No. 4972, formerly owned by S. J. Brom. Mr, and 
Mrs. H. D. Rohde, Albany, submitted the only bid received for this 
building at $51.00. The Commission has rejected this offer and 
ordered the building readvertised." 
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Line Section of the Central Oregon Highway, in Deschutes and Lake 
Counties. The low bid for this project was received from E. C. 
Hall, Eugene, being in the amount of $174,821.30. The next low bid 
was submitted by Edwin C. Gerber, Oregon City, at $177,143.00. 
There were 13 higher bidders. The Commission has awarded this con- 
tract to the low bidder, E. C. Hall, at his low bid of $174,821.30. 


"Construction of Crooked Creek-Lobert Section of The Dalles- 
California Highway, in Klamath County. The low bid was submitted by 
Roy L. Houck, Salem, at $120,203.50. The next low bid was submitted 
by Mountain States Construction Company, Eugene, at $127,252.50. 
There were 13 higher bidders. The Commission has referred the bids 
to the Engineer with power to award the contract to the low bidder, 
Roy L. Houck, when certain conditions have been satisfied. 


"Construction of canal and railroad roadbed in connection with 
the Albany Grade Separation Project on the Pacific Highway East, in 
Linn County. The Commission received 4 bids for this project, the 
low one being that of Mountain States Construction Company, Eugene, 
at $6,422.50. The next low bid was that of C. J. Montag & Son,Port- 
land, at $6,789.00. The Commission has awarded this contract to the 
low bidder, Mountain States Construction Company, at its bid of 
$6,422.50. 


"Brownsville Section of Halsey-Sweet Home Secondary Highway,in 
Linn County. 1.14 miles grading, surfacing, and oiling. The low 
bid submitted for this project was that of the Mountain States Con- 
struction Company, Eugene, at $21,970.59. The next low bid was that 
of D. L. Ashton, Lebanon, at $23,545.00. There were six higher bid- 
ders. The Commission has awarded this contract to the low bidder, 
the Mountain States Construction Company, at its bid of $21,970.50. 


“Construction of’ the Milton Nursery Bridge over Walla Walla 
River on County Road No. 360, in Umatille County. The low bid sub- 
mitted for this project was that of C. J. Montag & Son, Portland, 
at $19,330.00. The next low bid was that of Snook Bros., Eugene, 
at $20,916.00. There were 8 higher bidders. This is a county road 
project and bids for the same were received by the Commission on 
behalf of the County Court of Umatilla County, hence the Commission 
is referring all of the bids to the Umatilla County Court for fur- 
ther handling. (The contract was awarded to C. J. Montag & Son by 
the Umatilla County Court later in the session. Announcement of 
the award was made by County Judge Carl W. Chambers.) 


"Furnishing and installation of an interconnected flexible 
progressive traffic signal system in the city of Eugene, Lane Coun- 
ty. The Commission received 6 bids for this project, as follows: 


Sigwart Electric Company, Eugene $6,877.50 

Castelloe & Stocker, Eugeme 7,741.00 

W. R. Grasle Company, Portland 7,930.00 
(Continued) 
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road werereconstructed on the proposed location, to connect it with the pres- 
ent Mt. Hood Highway, it being the thought of the Commission that such tempc- 
rary connection would be satisfactory from the County Court's standpoint and 
would make it possible to defer the improvement of the Mt. Hood Highway until 
funds can be spared to finance such work. The idea met with general approval 
and after further discussion the Commission instructed the Engineer to inspect 
the premises and ascertain whether or not that can be done. A report on the 
matter is to be rendered to the Commission at its next meeting. 


The County Commissioners also asked the Commission to complete the 
oiling of the Hood River Secondary State Highway between Dee and Hood River 
in the Commission's 1939 construction program. They were informed that the 
Commission has not yet formulated a program for next year but will give this 
project due consideration when the matter comes up for discussion. 


The County Court of Umatilla County was present in regard to the 
eward of the contract for the construction of the Milton Nursery Bridge 
for which bids were taken at the morning session. County Judge Carl W. Cham- 
bers stated that the County Court is satisfied with the low bid submitted by 
C. J. Montag & Son at $19,330.00 and would like to announce the award of this 
contract at this meeting if that is agreeable to the Commission. He advised 
that the award has been approved by the P.W.A. authorities. The Commission 
thereupon turned the meeting over to the County Court and the following an- 
nouncement of the award of the contract under ciscussion was made by County 
Judge Chambers: 


"Umatilla County Court wishes to announce that it is satisfied 
with the bid submitted by C. J. Montag & Son for the construction 
of the Milton Nursery Bridge, this bid being the low bid received 
for this project at $19,330.00, and accordingly has awarded the con- 
tract to C. J. Montag & Son at their bid price." 


Following this announcement the State Highway Commission resumed 
charge of the meeting. 


A delegation from Albany, representing the City Council and headed 
by Mayor C. R. Ashton, was present. Others in the delegation were Elton 
Coates and W. V. Merrill, Councilmen; City Ingineer Walter W. Larsen; and 
Glen Junkin, City Street Superintendent. They asked permission to construct 
and maintain public rest-room facilities under the approach to the Willamette 
River Bridge at Albany. The Commission granted the request subject to the 
condition that the rooms be kept in a clean and sanitary condition, and with 
the understanding that the place would be closed in the event that these con- 
ditions are not complied with. The Commission ordered that the matter be 
covered by an appropriate agreement and instructed the Attorney to prepare 
the same. 


The delegation then discussed with the Commission & drainage prob- 


lem in the southern part of Albany, it being their thought that the State 
Highway Commission is interested in view of the fact that the city plans to 
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‘ir. Roy Kilpatrick, Canyon City, wes present and asked for the in- 
provement of the 4-mile section of the John Day-Burns Highway (Three Flags 
Highway) between Seneca and the Masonic Lodge picnic ground. He said that he 
represents the people of Canyon City, John Day, and Seneca, who would like to 
have the road drained and graveled so as to avoid a repetition of conditions 
which obtained during the last winter when the road was almost impassable. 
He further stated that the people of the Senece district do a considerable 
portion of their trading in the tome of John Day and Canyon City and it is 
absolutely necessary for them to have & usable road throughout the entire 


Mr. Kilpatrick filed with the Commission several petitions bearing the names 
of 109 residents of John Day, Canyon City, and Seneca, in which the Commis- 
sion is urged to immediately take steps as may be necessary to insure that 
the road under discussion will remain in reagonably passable condition 


throughout the year 


The Engineer advised that the present road was constructed a number 
of years ago to light-traffic standards and is incapable of standing up under 
present-day traffic, and to put it in proper condition would cost a large sum 
of money, which the Commission does not Lave available at the present time. 
He said that to add a small amount of surfacing material to the road now 
would do no good and funds expended for such an improvement would simply be 
wasted. The road is now being maintained, he paid, in as good condition as 
is possible under the circumstances. 


Chairman Cabell advised that this is a forest road section and the 
Commission is not able at the present time to do anything for it other than 
to see that it. is maintained in the best possible condition. That will be 
done, he said, to the best of the Highway Department's ability until the road 


can be reconstructed. 


County Commissioners J. D. Smullin and R. W. Perry, of Hood River 
County, were present in regard to the proposed revision of the Mt. Hood High- 
way near a place known 45 Pike's Corner. They said that one of their county 
roads intersects the Mt. Hood Highway near this place, on which county road 
there is a bridge that is badly in need of replacement, but they are unable 
to proceed with their plans for the same because a connection with the Mt. 
Hood Highway is involved. It appears that this bridge is an old structure 
and is incapable of safely carrying the loads to which it is subjected, and 
must be replaced in the near future; and that the County Court has two alter- 
natives, one of which is to build a new bridge where the old bridge now 
stands, which would not make a proper connection with the Mt. Hood Highway 
and would cost considerably more to build than one on a location that would 
connect properly with the Mt, Hood Highway revision that the Highway Commis- 
sion plans to construct. In fact, it would be possible to take care of the 
drainage situation satisfactorily by means of 4 culvert on the new location. 
The County Court asked the Commission to take action as may be necessary be- 
cause the construction of their new bridge next spring is an absolute neces- 
sity. The question arose whether or not it would be possible, if the county 
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Hood Highway near Government Camp to Timberline Lodge. Mr. Jack Meier head- 
ed the group and introduced the speakers. Other members of the delegation 
were A. A. Comrie, A. M. Cronin, Jr., Forrest Berg, and Horace Mecklem, all 
representing Timberline Lodge, Inc.; John Standish, representing the Portland 
Junior Chamber of Commerce; Dale Cowen, representing the Oregon Winter Sports 
Association; James A. Mount, representing the Mt. Hood Development Associa- 
tion; Henry Corbett, Jr., representing the WY'East Climbers; Rod Norwood, rep- 
resenting the Nile River Yacht Club; Leslie Walrad, representing the Gresham 
Chamber of Commerce; Bob Smith, representing the Sandy Chamber of Commerce; 
Jack Greenwood, representing the Mt. Hood Activities Association; Jack God- 
frey, Governor of the Columbia River Kiwanis District; E. J. Griffith, Admin- 
istrator of Works Progress Administration; George M. Henderson, representing 
the U. S. Olympics Ski Tryouts Commission; and Berger Underdahl, representing 
the Mt. Hood Ski Sports. Speaking in behslf of the project were Messrs. Meier, 
Mecklem, Cowen, Greenwood, Comrie, Griffith, and Henderson. 


Mr. Mecklem recited the history of Timberline Lodge and gave figures 
to show that the lodge has been operating very successfully, much to the sur- 
prise of its stockholders, the patronage being far above expectations. He 
said that during the period February 4 to September 5, 1938, the lodge has 
been visited by over 200,000 people, and that they predict that at least 6000 
cars monthly will visit this place if road facilities are made available for 
their use. He also said that it was their understanding when the lodge was 
completed that the road leading to the lodge would be kept open the year round; 
in fact, he said, the road must be kept open, otherwise the general public 
will not be able to enjoy to the fullest extent the facilities that are offered 
and which were provided at large expense for public use . He gave as his 
thought that the cost to the state to maintain the road would not exceed the 
amount of revenue that the state wil] receive from gasoline tax collected from 
motorists who use the road. He alleged that Timberline Lodge, Inc., is not a 
private undertaking but is a public proposition provided by the Federal Gov- 
ernment for the citizens of Oregon and for the benefit of the people of the 
entire country. Mr. Mecklem concluded his argument by stating that 11 busses 
were operated over this road the past winter but they did not begin to take 
care of the people who wanted to visit the lodge, which is a further indica- 
tion that the road should be kept open. 


Mr. Cowen spoke from the standpoint of the skiers and from the point 
of view of the active members of the Winter Sports Association. He declared 
that about 5000 people now enjoy the Mt. Hood facilities every week end, which 
is a remarkable showing compared with only a very limited number of people 
who spent the week end at this place only as recently as 1932. He advised 
that this year Mt. Hood has been selected as a site for the Olympic Tryouts 
for skiers and that these tryouts will take place next April. He further ad- 
vised that the association that he represents has gone on record as being 
unanimously in favor of keeping the road up to Timberline Lodge open the 
year round. He mentioned the names of several organizations that go to make 
up the Oregon Winter Sports Association. 


Mr. Greenwood said that he lives at the foot of Mt. Hood east of the 
town of Sandy and that he operates a transportation system up to Mt. Hood, 
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construct a drainage ditch along the newly acquired highway right of way. 
Mayor Ashton advised that there is a considerable amount of surface water 
originating in the southeastern part of Albany which flows into and through 
town and they want to correct this condition, which will involve the construc- 
tion of a drainage ditch along the new highway right of way and the construc- 
tion of a siphon under the highway so that the water can be taken into Oak 
Creek rather than through town, as at present. Unless the water is taken 
care of in this manner, he said, the highway grade, when constructed, will 
act as a barrier to the free flow of water, much to the discomfort of the 
people residing in that district, and will also have a bad effect on the 
highway fill. The delegation advised thet the plans are to construct the ca 
nmalthis fall, and that the city would like some cooperation from the state in 
view of the benefits that the state would receive. They suggested that, if 
the state would construct the canal, they would be satisfied, and advised 
that the city would furnish the right of way for the same. 


The Fngineer pointed out that no funds have been budgeted by the 
Commission to construct the new highway in the southern part of Albany. He 
also said that the state would receive some benefit from the city's proposed 
improvement because the material excavated from the canal could be used to 
partially build the highway embankment, the grade line of which could be low- 
ered about a foot on account of the betterment of the drainage facilities, 
Relative to right of way, he vave as his thought that it would be advisable 
for only one agency to negotiate for the right of way for the highway and al- 
so for the canal, and suggested, in view of the apparent necessity for early 
action and in order to conserve funds, that the state assume this obligation 
and that the right of way options for both projects be obtained at once. The 
city officials agreed to such arrangement. The Commission appeared favorably 
inclined to assist the city, if possible, and after further discussion author- 
ized the Engineer to proceed with the securing of options for right of way for 
both highway and canal, and instructed him to report on the matter at the next 
meeting, if possible. 


Messrs. E. R. Fatland and C. W. Harris, Condon, representing the 
John Day Highwey Improvement Association, were present and asked for the oil- 
ing of another section of the John Day Highway across the Butte Creek Summit. 
They particularly urged the Commission to construct at least a one-mile sec- 
tion lying at the summit, if fumds are not available to construct a larger 
project. 


Chairman Cabell and the Engineer explained the status of the Com- 
mission's finances and advised that, in view of the shortage of funds, the 
Commission cannot make any promises or commitments in regard to the project 
under discussion until the reconstruction of the Prairie City-John Day Sec- 
tion has been completed. 


A delegation from Portland and vicinity, consisting of 18 members, 
came before the Commission at this time and asked the Commission to join with 
the United States Forest Service and the Bureau of Public Roads in securing 
the designation as a forest highway of the spur road leading from the Mt. 


SEP 22 1938 


— SES 


6413 


has made provision for such ¢ontingency and that a three weeks! supply of food 
will be on hand at all times. 


Chairman Cabell summed up the matter by stating that it is his under- 
standing that the delegation is asking for two things: first, that the State 
Highway Commission join with the United States Forest Service and the Bureau 
of Public Roads in securing the designation of this road as a forest highway 
so that forest highway funds can be used to assist in financing construction 
of the same; and secondly, that the delegation is asking the state to take 
over end assume responsibility for maintaining the road and for snow removal 
operations thereon so that the road can be kept open during all seasons of the 
year. He advised that the Commission has given this matter considerable 
thought and will give it further consideration after it is furnished with fig- 
ures showing the estimated revenue that the state will receive in gasoline 
taxes if the road is made a state road. The Commission will take the matter 
under advisement, he said, and will consult the United States Forest Service 
regarding it and will make its decision as soon as possible thereafter. 


Mr. J. A. Schmidtke, Portland, and his attorneys, Robert Bradshaw 
and A. G. Beatty, came before the Commission in regard to Mr. Schmidtke's log 
hauling operations along the Columbia River Highway from its junction with the 
Brower County Road to the Sandy River Bridge, near the Portland automobile 
Club grounds. Mr. Bradshaw stated that Mr. Schmidtke has been hauling logs 
over this section of the highway for the past three years under a permit is- 
sued by the Public Utilities Commissioner, which permit was evidently issued 
by mistake because the Public Utilities Commissioner cancelled it a few days 
ago upon request of the Secretary of the State Highway Commission, such can- 
cellation being based on a previous ruling of the Commission which prohibits 
the hauling of logs on this highway between the town of Corbett and the Sandy 
River Bridge. He asked the Commission to reconsider its ruling because the 
combined length of load and vehicle does not exceed 35 feet and, in his esti- 
mation, the operation will not take up more than one-half the roadway. Pur- 
thermore, they have 3,000,000 feet of timber to transport, much of which has 
already been felled and Mr. Schmidtke has a large investment in hauling equip- 
ment. 


After considerable discussion the Engineer advised that he would 
have no objections to the hauling of 35-foot overall length loads from Brower 
Road to the Sandy River Bridge if they could be transported without any part 
of load or vehicle crossing the center line of the pavement. He recommended 
a trial run of one load of logs under the supervision of the District Mainten- 
ance Superintendent and the granting of 4 permit in the event that the Super- 
intendent reports that the movement does not take up more than one-half the 
roadway. Further, that if the District Maintenance Suverintendent's report 
is adverse, the matter be then brought to the attention of the Commission 
again for further discussion. The recommendation was approved by all con- 
cerned and the Commission so ordered. The Secretary was instructed to make 
the necessary arrangements for such trial run on the following day. 


Mr. George Henderson, representing the Cascade Ski Club, Inc., 
Portland, was present and requested authority from the Commission to move 
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hence is qualified to make a recommendation. He said that Timberline Lodge is 
being largely advertised in numerous ways in an endeavor to attract people 
and, in his estimation, it would be giving a false impression to the people 
who respond to this advertising if the road to the lodge is not kept open. 

It was his thought that the present road could be improved «t small cost; in 
fact, he said that the road is now in condition to be oiled and he thought it 
could be kept open during the winter by the state for about one-half the 
amount that it cost the Government to keep it open last winter. He also said 
that he believed the state would receive sufficient revenues in gasoline tax 
to justify keeping the road open the year round. 


Mr. Comrie stated that Timberline Lodge, Inc., is being operated on 
a nonprofit basis, except that the stockholders receive 6 percent on their in- 
vestment. The Government, he said, secures 80 percent of the balance of the 
revenues, and 20 percent is spent for operation. He declared that there is 
absolutely no chance for private profiteering. 


Mr. Griffith advised that the Federal Government has spent over 
$1,000,000 in the development of the Timberline Lodge Recreational Area for 
the benefit of the prople of the whole United States, and that the Works Prog- 
ress Administration, under whose direction the lodge was constructed, esti- 
mates that, during the first year's operation of the lodge, more than one- 


half a million people will have enjoyed its facilities. 


Chairman Cabell inquired as to the possibilities of providing a 
place for the parking of cars at the lodge in the winter time. He was in- 
formed that it would not be feasible, on account of the wind and snow diffi- 
culties, to provide an open-air parking space, but plans are being formulated 
for the parking of cars underground; in fact, several propositions te that 
end are now being considered. 


The Engineer inquired whether or not any estimates have been made 
as to how many of the people who have visited the lodge did so because the 
lodge attracted them, and whether or not these people would have gone to Mt. 
Hood regardless of the offerings of the lodge. He was informed by Mr. Hender- 
son that available information indicates that the attendance on Mt. Hood has 
been doubléd since the lodge was constructed. He also said that the lodge 
has a state-wide appeal and is a drawing card for the whole state and that the 
blame will rest with the State Highway Commission if the road leading to the 
lodge is not oiled and the dust nuisance alleviated and if the road is not 
kept open during the winter months, because the people now know that the Mt. 
Hood Highway is a state highway and they will naturally think that the road 
leading to the lodge from the state highway is also under the state's control. 


The Engineer then advised that, if the Commission should accept the 
responsibility of this road, he could not guarantee to keep it open at all 
times because extremely bad winter storms are bound to occur and c)«<e the 
road. He inquired whether or not provision is made for such contingenvies by 
way of having supplies on hand in the lodge to take care of the people who 
might be snowbound there. He was informed by Mr. Meier that the association 


Salem, Oregon, October 20, 1938. 


The State Highway Commission met in regular session at 10:00 o’clock 
a. th. in the office of the State Highway Engineer, Room 325, State Office 
Building. Present were: 


Henry F. Cabell, Chairman 

E. B. Aldrich, Commissioner 

F. L. Tou Velle, Commissioner 

R. H. Baldock, State. Highway Ingineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


Also present were W. H. Lynch, District Engineer, and Tom Davis, Highway Engi- 
neer, representing the U. S. Bureau of Public Roads. 


N The Assistant Attorney reported on the status of the right of way 
budget and advised that expenditures for such purpose during 1938 will be at 
least $600,000, which is $50,000 more than the amount budgeted for such pur- 
pose, exclusive of expenditures for quarry sites, stock pile sites, gravel 
pits, et cetera. The Commission authorized an increase in the right of way 
budget for 1938 to $600,000, it appearing to the Commission that it would not 
be possible to carry on the construction program at lesser expense for right 


of way. 


The Engineer requested authority to acquire certain parcels of real 
property that are needed for various highway improvements throughout the state. 
He presented a list of such properties, together with prices that he recommend- 
ed be paid for each. After careful consideration the Commission approved the 
request and by unanimous vote adopted the following resolution in regard there- 
to: 


WHEREAS, in connection with the further improvement of the 
highways hereinafter designated, it is and has been necessary to ac- 
quire property for right of way, quarry sites, gravel or other ma- 
terial sites, or sites for the storage of materials, as hereinafter 
more definitely set forth; and 


WHEREAS, as a result of negotiations carried on with the 
owners of the property required, options have been obtained, which 
options have been considered by the Commission, outlining the bases 
of settlement which have been agreed upon; and 


WHEREAS, It is the judgment of the Commission that the 
said options should be approved and accepted, and/or the said re- 
ports be declared acceptable to the State Highway Commission as ba- 
ses of settlement for the properties involved, and that the acquisi- 
tion of the properties should be completed: 


NOW, THEREFORE, BE IT RESOLVED that the several offers, or 
bases of settlement hereinafter enumerated be, and the same hereby 
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three buildings , each 24' x 36" in dimension, directly across the Mt. Hood 
Highway at Government Camp. He said that the buildings really constitute one 
building but it has been cut up into three sections so as to facilitate the 
moving operation. Further, that the buildings are of light construction and 
be moved with regular house-moving apparatus equipped with wheels so 
the would not come in direct contact with the surface of the 
can be moved easily and quickly. He estimated that it would take be- 
minutes and five minutes for the moving of each building across 
and alleged that highwey traffic will not be inconvenienced or de- 
in the least because the highway, where the movement is to take place, 
traffic can be detoured around the movement without interruption 
the least jossible amount of inconvenience. Afber discussion the 
on granted the request subject to the condition that the club will 
Commission with public liability insurance in the amount of 
»100,000; property damage insurance in the amount. of $10,000; and a 
amount of $1,000, to protect the Commission and to insure repairs 
the road in the event the road surface is damaged; and subject to the fur- 
r condition that each movement be properly flagged so as to warn other 
highway traffic of the movement; and that a state police officer and a repre- 
sentative of the Stete Highway Department be present during each movement. 


A delegation from Portland, consisting of Mrs. Mary H. Clarke, C.W- 
West, E. C. Warner, and F. E. Bolich, came before the Commission and asked 
that a definite location for the proposed revision of the Pacific Highway 
West in the vicinity of Tigard be adopted immediately. They said that the un- 
certainty as to the highway location is seriously handicapping the property 
owners in the improvement and development of their properties and also in the 
matter of property sales, and they would like the Highway Commission to make 
a definite decision as to the permanent location as soon as possible, regard- 
less of when construction is undertaken. The Engineer advised that the right 
of way options for this improvement have not yet all been accounted for, so 
the Commission has not been in a position up to the present time to adopt a 
definite route. He gave as his thought that full information should be ready 
for the attention of the Commission at its meeting on November 10. Chairman 
Cabell advised that the Commission will dispose of this matter as soon as the 
Engineer's final report has been received and considered. Mrs. Clarke filed 
with the Commission a petition signed by 30 residents of Tigard and vicinity 


in support of their request. 


There beinggno further business to come before the Comsission at 
this time, the meeting was adjourned at 6:00 o'clock p. m. 
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Section, Hwy., and Owner Purpose Acres 

W m River-Croo Creek Sect = 

152-Hosley , Maud A. 4.3 

6151~Board Home Missions & " 5.60 
Church Extensions M.E. 


Church 
Pendi = - Oregon-W to! 
6114-Curl, C. C. 11.75 
5895-Tolakin, Heirs " 8.18 
6224-Oregon State Game Gravel Pit 2.21 
Commission 


Buxton-Manning Section - Wolf Creek Highway 
6253~Gindhart, Martin W p 


6257-Pongrentz, Joseph 1.13 
6262-Mrosik, James . 4.87 
6259-Clement, Olive C. * 0.507 
6255-Kelly, Reuben " 1.38 
6270-Knorr, Levi - 1.51 
chland~- tion - Baker-Ho 
6286-Laird, Lewis Stock Pile 0.83 
6287-Laird, Lewis " sd 0.53 
6283-Kirby, Herschel Gravel Pit 2.57 
6289~DeLong, H. A. Hauling Road 
Easement 0.13 
6282-Kirby, James A. Stock Pile 0.70 
6284-Kirby, James A. Hauling Road 
Easement 0.77 
6288-Rouse Bros. Gravel Pit, 
Haul Road 
Easement 2.62 
6285-Greener, Ed R. Stock Pile 0.%0 


8417 


Approximate Amounts Agent 
ornia 
O per a. Benson 
$20 per a. * 


$125 per a. + $2907.75 Parker 
$80 per a. + $1151.40 " 
Lump Sum $100 " 


0.60 at $150 per a. 
0.57 at $50 per a. + $15 
McChesney 

$150 per a.t $113.50 n 

3.62 a.at $150 per a. 

1.25 a. at $50 per a.+ 
$1240 5, 

$100 per a. + $5 " 

$150 per a. + $130 " 

1.25 a. at $150 per a. 

0.26 a. at $20 ver a. + 
$255 " 


$25 per a. plus $24 + Wells 
$100 per a. plus $21.50 " 
$100 per a. 


$100 per a. plus $11.50 " 
$125 per a. plus $30 - 


Gratis (land) plus $22 " 


2.34 a. at $100 per a. 
(gravel pit) 
0.28 a. at $100 per a. 
(haul road ease- 
ment), + $50 
960 per a. plus $15 


poucaa Counts Line-Tneil. Sectign -Tiller-Trail Highway 
6094-Dwinnel, Stanley W. 4.07 


(Correction) 
Clackamas County-Mt. Hood Highway 


U. S. Government Park -+120.00 


ine sar 


$15 per a. + $7.57 taxes 
McCallister 


Annual rental $75.60, 
as required by lease 


from Government Boardman 
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are, approved and accepted, and that the Attorney for the State High- 
way Commission be, and he hereby is instructed to complete the acqui- 
sition of the said properties and to take title thereto in the name 
of the State of Oregon. The said properties hereby ordered and au- 
thorized to be acquired are as follows: 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Farksle le Section — lt. Hood Loop Highway 
323-London, Edwin B. Stock Pile Site 0.21 Lump Sum $50 Chandler 


oint-Brid 2c -¢ = 
325-Endicott, P. F. Quarry Site 3.53 Lump Sum $250 Lytle 


nd—Hubberd Highwa 
< $250 per a. plus $40 Benson 
26,575 sq.ft. Lump Sum $1240 J] 


v 

3636-Schamoni, W. F. " 21,729" " Lump Sum $1010 " 
5477-Everling, Valentine A. " 25 lots $30 per lot plus $50 e 
5471-Kienlen, Joe " 0.23 $500 per a. " 

e eG ~ 

4-Groves, Kenneth S. 1,189 sq.ft. Gratis McCallister 
6290-Groves, Kenneth S. " 1,88 " " Gratis ” 
6293~Groves, Roshal M. ® 512" " Gratis * 

Cree Creek t = ° 

4940-Mountain Grange 0.25 Gratis Gardiner 


Enterprise sk Section - Hurricane Cre y Road - 

6298-Warnock, Rue Whitmore Gravel Pit & 1.29 a., gravel pit Williams 

Hauling Road 2.19 +90 a., hauling road 
3-mo.lease $50 Lump Sum 


Jacob * per ry 


6124,-Settlemeyer, : McCallister 
6136-Meeks, Bert M. " 0.549 a. Gratis plus $190 . 
(Correction Report) 
McCallister 
State Aid Commission 
Umat — ton = 
316-Rugg, A. E. Stock Pile 0.75 70 per a. Wells 
—Echo Sec - Old 1 
318-Alien, Frank Stock Pile 0.92 $27 per a. Wells 
‘ton. oa c - Old I 
317-Stanfield Irrigation Stock Pile 1.0 5 per a. Wells 
Company 
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October 20, 1938 
Circular Letter No. 83 
To All State Highway Department Employees: 


In view of the nonpartisan nature of the State Highway Depart- 
ment and the necessity of administering its functions on a strictly 
nonpolitical basis and in the interest of the state as 4 whole, the 
employees of the State Highway Department are again cautioned to re- 
frain from all political activities. 


No one is or will be authorized by the Oregon State Highway 
Commission to solicit contributions from state highway employees for 
the campaign fund of any candidate. No employee will be permitted 
to engage in such solicitation. Your attention is called to two 
sections of the Corrupt Practices Act, quoted below: 


"Section 36-2420. Holders of nonelective positions not to con~ 
tribute. No holder of a public vosition or office other than an 
office filled by the voters, shall pay or contribute to aid or pro- 
mote the nomination or election of any other person to public office. 
No person shall invite, demand or accept payment or contribution 
from such holder of a public position or office for campaign purposes. 


"Section 36-2419. Promise of appointments prohibited. No per- 
son shall, in order to aid or promote his nomination or election, di- 
rectly or indirectly, himself or through any other person, promise 
to appoint another person, or promise to secure or aid in securing 
the appointment, nomination, or election of another person to any 
public or private position or employment, or to any position of hon- 
or, trust, or emolument, except that he may publicly announce or de- 
fine what is his choice or purpose in relation to any election in 
which he may be called to take part, if elected, and if he is 4 can- 
didate for nomination or election as a member of the legislative as- 
sembly he may pledge himself to vote for the people's choice for 
United States senator, or state what his action will be on such vote." 


This is brought to your attention at this time in order that 
there may be no misunderstanding 4s to the attitude of the Highway 
Commission in this matter, and with the view of preventing participa- 
tion of employees in the election campaigns being waged this year. 


By order of 
THE OREGON STATE HIGHWAY COMMISSION 


Henry F. Cabell (sgd.) as Chairman 
E. B. Aldrich (sgd.) as Commissioner 
F. L. Tou Velle (sgd.) as Commissioner 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Josephine County - Redwood Highway 

U. S. Government Park 70.0 Annual rentel $6.88 as 
required by lease from 
Government Boardman 

ne Co ~ Siuslaw 

U. S. Government Park 206.0 Annual rental $220.20 as 
required by lease from 
Government Boardman 

County — Um 

U. S. Government Park. 200.0 Annual rental $187.25 as 
required by lease from 
Government Boardman 

Marion County ~ Silver Creek Falls Park 

U. S. Government Park 200.0 Annual rental $35 as re- 
quired by lease from Gov- 
ernment Boardman 

Jackson Co - Crater Lake Hi 

U. S. Government Park 320.0 Annual rental $166.98 as 
required by lease from 
Government Boardman 


East Portland-Oregon C ection - Pacific Highwa 
311-Scott, Richard, Trustee Easement for Easement over property 
transmission line for a transmission 
line - Gratis McCallister 
6340-Lowe, Dollie Easement for Easement over property 
transmission line for a transmission 
line - Gratis McCallister 


Troutdale-Tunnel Point Section - Columbia River 
1843-Smyth, Edward G. R/W 0.45 Lump Sum $250 DeSouza 


Corbett el Point Section ~ Upper Columbia Riv we: 
1817-Reed, Myrta E. 0.28 Lump Sum $250 Parker 
1830-Reed, Minnie T. . 3.83 Lump Sum $11,000 ws 
em-12th Street Junction - Pucific Highwa 
5578-Greham C. A. i 1254 sq.ft. at 10¢ sq.ft. plus 
$324.60 McCallister 


The Engineer reported receipt of a letter from Governor Charles H. 
Martin pointing out the state law which prohibits the solicitation for contri- 
butions to the campaign fund of any candidate for election, and requesting 
that the Highway Coumission take appropriate action. After due and careful 
consideration, the Commission approved and signed the following letter in re- 
gard thereto directed to all State Highway Department employees, being Circu- 
lar Letter No. 83: 
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the Highway Commission after the first of the year and particularly because 
funds now available to the Commission are at a low ebb. After discussion, it 
was decided to tell Mr. Hogan that the Commission is not in a position to ac- 
cept his proposition at the present time but will give him a definite answer 
after the first of the year. The Engineer was authorized by the Commission 
to set grade stakes for the highway in front of Mr. Hogan's premises for his 
guidance should he proceed with his present plans before the Commission takes 
final action on his proposition. 


The Commission considered and approved the payment of $564.71 to 
Alden E. Miller, City Attorney of Oregon City, for services rendered in con- 
nection with defense of a suit brought by the Security & Investment Company 
of Oregon City against the city to quiet title to certain street ends, a por- 
tion of which are required by the state for right of way for the East Port- 
land-Oregon City Highway, in Oregon City. In this connection the Attorney 
advised that an adverse decision was rendered by the trial judge, who ruled 
that the street ends were the property of the Security & Investment Company. 
He gave as his thought that appeal from this decision should be made to the 
State Supreme Court, and he so recommended. The Commission approved the rec- 
ommendation and authorized the Attorney to file the appeal at once, the cost 
and expense thereof, including the payment for additional service rendered by 
Mr. Miller, to be paid by the state. 


The Commission also discussed other matters pertaining to the Ore- 
gon City project, particularly the matter of acquiring right of way across 
the property of the Oregon City Laundry. In this connection the Attorney ad- 
vised that he has been unable to make a satisfactory settlement with the ow- 
ers of the laundry for right of way across their property and it appears that 
it is going to be necessary to institute condemnation proceedings to acquire 
it, and that it may be necessary to acquire all of the leundry property be- 
cause the owners allege that if the right of way is taken from them there will 
be insufficient room on the balance of their property to re-establish their 
business. 


The Engineer advised that the United States Post Office Department 
has indicated an unwillingness to cooperate with the state in this highway in- 
provement, objections having been offered to the narrowing of the sidewalk 
in front of the post-office building from 10 feet to 63 feet, and to the plan 
of the Commission to prohibit the parking of cars in front of the post-office 
building on 5th Street, so it appears that if the original plan for this in- 
provement, which contemplates four lanes of highway traffic, is adhered to, 
it will be necessary to acquire the extra right of way on the opposite side 
of the street from the post office. He exhibited a map showing a proposed re- 
vision which contemplates the acquisition of ali of the laundry property, and 
pointed out that the adoption of such change would make it possible to flat- 
ten the curve where the highway turns from 5th Street onto Water Street, which 
is desirable, but would not affect the rest of the adopted route. 


Mr. W. H. Lynch, District Engineer, Bureau of Public Roads, who was 
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The Attorney reported on the matter of acquiring additional right of 
way for widening the cific Highway at the intersection of Denver and Union 
Avenues, in Portland, which matter was referred to him by the Commission at a 
previous meeting when the request of Dewey M. Gault for a suitable roadway ap- 
proach from the highway to his boat dock was under consideration. The Attor- 
ney presented an arrangement for an exchange of properties, which the Commis- 
sion considered and re-referred to the Attorney for additional information and 
report. The Attorney was authorized by the Commission to carry on negotia~ 
tions on the basis of exchange of properties, if possible. 


The Attorney also reported receipt of a communication from Mr. James 
L. Conley, Attorney, Portland, in which Mr. Conley inquires whether or not the 
Highway Coraission cares to purchase a strip of land 20' wide and about 64,00° 
long, for widening the Oregon Coast Highway at Gearhart. In the discussion 
of this matter it was brought out that the Commission previously authorized 
the purchase of certain property at Gearhart from the same people who are now 
offering to sell the 20-foot strip; and when that matter was discussed the 
owners indicated that they would donate the 20-foot strip to the state if the 
state would purchase the other property. In view of the circumstances, the 
Commission deferred action on Mr. Conley*s inquiry pending a report on the 
status of acquisition of other property, and whether or not the 20-foot strip 
is needed for right of way. The Commission ordered that such report be ren- 
dered at its next meeting. 


The Commission considered and denied the request from Mr. Thomas 
Purdy, Yachats, to purchase a portion of the widened highway right of way of 
the Oregon Coast Highway at e place kmown as Bob Creek, near Mile Post 183.21, 
in Lince’n County, it being brought out in the discussion of the matter that 
this property is needed for state highway purposes. 


The Attorney reported results of investigations for the acquisition 
of right of way for the improvement of the Umpqua Highway across the property 
of the Reedsport Garage at Reedsport, involving the cutting back of the garage 
building. He said that Mr. N. Hogan, who owns this garage, plans to remodel 
the building this winter and will make it fit the proposed highway improve- 
ment if the Commission will assure him that he will be reimbursed for the work 
which is estimated to cost between $5,000 and $6,000. He further stated that 
Mr. Hogan has expressed a willingness to convey unto the state, without charge, 
the extra right of way needed in front of his premises, provided the state 
will pay the cost of remodelling his building. Further, that he is willing 
to wait until 1939 for such reimbursement and will wait until 1940, if neces- 
sary. The Engineer advised that this highway project has not been programmed 
for construction in the near future; also, that the estimated cost to grade. 
and oil the section through the business part of town is about $20,000. To 
grade, surface, and oil the entire project, he said, would cost approximately 
$47,000; and to grade, surface, and oil the portion outside the city limits 
with a hard-surfaced pavement construction within city limits would cost 
about $63,000. 


Chairman Cabell questioned the advisability of making any coumit- 
ment at this time, in view of the possibility of a change in the personnel of 
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up for discussion the matter of providing additional funds to finance the con- 
struction of a lining in the Willamette Highway tunnel. He said that the tun- 
nel bore has been completed and on account of the peculiarities of the mater- 
jals encountered a heavier lining will have to be provided than was originally 
contemplated. Furthermore, it will be necessary to extend the lining beyond 
the limits of the tunnel portals, all of which will cost approximately $50,000 
more than hag been budgeted for such purpose. He further advised that savings 
have accrued in the contracting of other forest highway work so that the 
$50,000 needed is now available in the forest highway contingent fund, and all 
that is necessary to secure approval of the additional expense is for the 
Commission to join with the regional forester and himself in recommending to 
the authorities in Washington, D. C., that the extra expense be allowed. He 
asked the Commission to do this in order to expedite the completion of the 
tunnel project. The Commission approved the request by unanimous vote and 
thereupon signed a joint letter with the Regional Forester and the District 
Engineer of the Bureau of Public Roads recommending such transfer of funds. 


The Commission adjourned at 12:30 o'clock p. m. and reconvened at 
1:30 o'ciock p. m. in the same room, with ail Commissioners, the State Highway 
Engineer, the Attorney, and the Secretary present. 


Mr. J. W. Dunn, County Commissioner of Lincoln County, and Mr. John 
W. Schroeder, Newport, came before the Commission in regard to the Siletz Sec- 
ondary Highway. They asked the Commission to provide for the oiling of this 
road, particularly the Lincoln County portion thereof, and that the work be 
done as a federal aid secondary highway project. They were informed that the 
Commission has already budgeted $30,000 of federal aid secondary highway funds 
for grading, surfecing, and oiling on this road during the 1939 season, but 
the contracting of the work will depend entirely upon the availability of 
state funds to match the federal appropriation. However, the work will be un- 
dertaken as early as possible. 


Mr. Dunn also asked the Commission to reconstruct the Toledo-Newport 
Section of the Corvallis-Newport Highway by widening and eliminating numerous 
curves in the present road. He was informed that the Commission is aware that 
this section is not up to modern standards of highway construction but the 
Commission is short of funds at the present time to finance rebuilding of the 
same and there is no prospect that the work can be undertaken in the near fu- 
ture. 


The Secretary presented a letter from Mr. Lewis A. Mearthur, Secre- 
tary of the Oregon Geographic Board, recommending approval of the request of 
llr. Archie McGowan, Burns, Oregon, that the bridge over Poison Creek on the 
Central Oregon Highway, east of Burns, be named "Susan's Bridge" in honor of 
Susan Dixon Whiting, a pioneer of this district. The Commission approved the 
ee and instructed the Secretary to convey such information to Mr. 
McGowan. 


The Engineer presented a list of landscaping projects, as follows, 


which he recommended for construction in the Commission's 1939 Roadside In- 
provement Program: 
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present, advised that he would approve such change provided it did not affect 
the balance of the project. 


After considerable discussion the Commission approved the change as 
suggested by the Engineer and authorized him to make surveys as may be neces- 
sary in connection therewith. The Attorney was authorized and instructed by 
the Commission to continue negotiations with the owners of the laundry for 
right of way across their holdings and for the acquisition of all of the laun- 
dry property. He was authorized also to institute condemnation proceedings, 
if necessary, to acquire this property and other right of way for this proj- 
ect, which cannot be procured by agreement. The Commission voted unanimously 
not to proceed with the construction of this project until all of the right of 
way matters have been cleared up satisfictority, and instructed the Attorney 
to expedite them as much as possible. 


The Commission had under consideration a plan proposed by Messrs. 
Schindler, Kronenterg, and Freeman, of Bandon, for the securing of a 200-foot 
right of way for the Oregon Coast Highway through the town of Bandon at no 
greater cost than would be involved in the acquisition of right of way 80 feet 
wide. The plan proposed involves the acquisition of privately-owmed lots on 
each side of the 80-foot right of way and the planting of the same to trees 
and shrubbery so as to provide a parkway through this tow. It was the thought 
of the sponsors that the extra land could be acquired at no extra cost because, 
since the town of Bandon was burned by forest fire in 1936, the lots were placed 
in a "pool" for disjosal and, in their estimation, a transfer of title could 
be made to the state that would be agreeable to all concerned. 


The Attorney advised that the "pool" of lots has been dissolved 
since this matter was submitted to him, and the acquisition of the extra land 
is no longer feasible under the plan proposed by the sponsors, notwithstand- 
ing which the sponsors wish the matter brought to the attention of the Com 
mission. The Commission appeared favorably inclined to the project but decid- 
ed to adhere to the original plan for an 80-foot right of way in view of the 
fact that the status of the lots has been changed and they very likely could 
not be secured without payment for the same. The Attorney was instructed to 
proceed with negotiations for the acquisition of right of way 80 feet wide. 


The Commission had under consideration the application of Lee A. 
Duncan, Baker, Oregon, for a permit authorizing him to pump water from @ grav- 
él pit that he sold to the state for use in connection with the construction 
of the Baker-Flegstaff Hill Section of the Baker-Homestead Highway, in Baker 
County. The Commission denied the request, it being considered inadvisable 
to grant it and contrary to the Commission's policy to give any written ease- 
ment or permit granting exclusive rights in and to state property, either to 
Mr. Duncan or to anyone else. The Commission offered no objections to Mr. 
Duncan taking the water from this pit, provided it would not conflict with or 
be detrimental to the use of the pit by the state, but preferred not to have 
the matter covered by a written permit or agreement on account of its pres- 
ent policy. 


Mr. W. H. Lynch, District Engineer, Bureau of Public Roads, brought 


ocT20 1938 


is still a county road notwithstanding the County Court's understanding of the 
‘matter. After discussion the Commission confirmed the instructions given to 
the Engineer at the previous meeting to make a survey of this road so the 
County Court can construct a W.P.A. project thereon this winter on proper 
alignment, it being the opinion of the Commission that the road will at some 
time in the future be designated as a state highway in view of tie fact that 
it will provide a good connection with the Wolf Creek Highway and will short- 
en the distance from Astoria to Portland by several miles. 


ie es 
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At 2:00 o'clock p. m. Mr. Percy C. Caufield, Postmaster of Oregon 
City, and Mr. W. F. Case, Post Office Inspector, Portland, came before the 
Commission in regard to the widening of 5th Street (route of the East Port- 
land-Oregon City Highway) past the Oregon City Post Office, for four lanes of 
traffic. In this connection the Engineer read aloud a letter from the Acting 
Director of Procurement, Washington, D. C., in which he advised that the Post 
Office Department is of the opinion that the plan to decreave the width of 
the sidewalk on 5th Street from 10 feet to 6% feet and to eliminate parking 
on the street is undesirable in that it would be seriously detrimental to the 
appearance of the federal building and would result in the routing of heavy 
automobile traffic nearer to the entrance of the post office, which is used 
by more than 75 percent of the patrons. Further, that it is the opinion of 
the Post Office Department that the alternate scheme to construct a 10-foot 
sidewalk encroaching from 3 feet to 4-feet on the Government's property is ob- 
jectionable in that it would create undesirable conditions. Mr. Case stated 
that their greatest objection is to the prohibition of parking on 5th Street. 
He said that there is a steady stream of cars stopping at the post office for 
only a few minutes each, and 5th Street is the only route available to them 
where they can vark their cars without making a "U" turn when they drive away 
from the post-office building. 


wee 
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The matter was discussed at some length and several suggestions were 
made, among which was one by the Engineer, that a sufficient amount of the 
Government's property be taken to provide for a sidewalk 63 feet wide and the 
parking space alongside of the post office. It was his thought that a strip 
of government land 64 feet wide would be sufficient to provide such accommoda- 
tions and inquired whether or not the Government would sell the strip to the 
state and if so for what amount. 


Mr. Caufield stated that he was not prepared to reply to the inquiry 
but, in his estimation, the thing for the state to do would be to secure its 
extra right of way on the north side of the street, which he understood was 
in accordance with the Commission's original plan for this improvement. 


A decision in this matter was deferred pending additional informa- 
tion from the Engineer, who was instructed to inspect the premises in company 
with Mr. Caufield and Mr. Case with a view in mind to arrive at a solution 
that would be satisfactory to all concerned. 


A delegation from Cottage Grove, consisting of Cy Eakin, Vinal Ran- 
dall, C. F. Hoskins, and Frank Heck, businessmen of this town, came before 
the Commission and inquired as to the plans of the Commission to reconstruct 
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Highway Section Amount 
DIVISION Il. 
Oregon Coast South Entrance to Astoria. Plant- $4 , 000 


ings in the plaza between the old 
and new rights of way. 


DIVISION III. 


Pacific Awbrey-Bugene Section. Plantings $12,000 
eround gravel pits and lakes and 
seeding right of way. 

Pacific North Entrance to Medford. Plant- $4,000 
ings along right of way. 

Pacific North Entrance to Roseburg. Plant $3 , 000 
ings on extra right of way owned 


by State. 
DIVISION IV. 


Laxeview-Fremont Summer Lake to Paisley. Sowing crested $5,200 
wheat grass along new grading and im- 


proving site for the Fremont Monument. 
DIVISION V. 
Old Oregon Trail § North Powder-Muddy Creek Section. Sow- $4,800 


ing blue grass or crested wheat grass 
along new excavation. Slight amount of 


planting. 
Old Oregon Trail § Stanfield-Pendleton Section. Sowing $3,000 
crested wheat grass on west unit. 
Total Program $36,000 


After discussion the Commission approved the projects and authorized the Engi- 
neer to present the same to the Bureau of Public Roads for further approval 
inasmuch as it is proposed to finance them with federel eid funds that are re- 
quired to be expended for such purposes. 


The Engineer reported that an investigation has been made of the sta- 
tus of the county road which extends from the Wolf Creek Highway at Elsie to 
a connection with the Nehalem Highway at a place known as Fish Hawk Falls, 
which road the County Court of Clatsop County alleges was made a federal aid 
highway et the same time that the Wolf Creek Highway was placed on the feder- 
al aid system. Investigation reveals, he said, that this county road was not 
designatec as either a federal aid highway or 4 state highway and accordingly 
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The Attorney reported that a number of claims have been filed by prop- 
erty owners in Ontario for damages arising out of the construction of the On- 
tario undercrossing project and particularly on account of the change in the 
grade of certain city streets along the west approach of such undercrossing, 
and requested instructions relative thereto. The Commission ordered an ap- 
praisal of the property effected and of the alleged damages. The matter was 
referred to the Attorney to make such appraisal and render a report thereon. 


The Engineer reported that the bridge over the Nehalem River on the 
Nehalem Secondary Highway just east of Vernonia is in bad condition and will 
have to be repaired in some manner so that traffic can use it with safety. 
He advised that the existing bridge is not in the proper location, and that 
to replace it with a new structure on permanent alignment, construct approach- 
es thereto, end purchase right of way, would cost about $41,000. He further 
advised that the present structure could be bolstered up with falsework to 
carry traffic safely this coming winter, for about $500, and that it could be 
fixed up to carry traffic with safety for four or five years, for about $5000. 
He recommended, in view of the estimated cost to build a new structure on per- 
manent alignment, and the fact that the Commission's finances are at a low 
ebb at the present time, that the Commission authorize repairs costing $5000, 
which would take care of the matter for several years, when a new bridge could 
be built if funds are then available to finance it. The Commission approved 
Se and referred the matter to the Ingineer to work out the de- 
tails. ; 


The Commission considered and denied the application of Brown Bros., 
Summit, Oregon, to maintain a guy wire over and acrose the Eddyville-Blodgett 
Secondary Highway, in Benton County, near the town of Summit, to facilitate 
the loading of logs on railroad.cars at this point, at being contrary to the 
established policy of the Commission to permit such encroachments upon high- 
way rights of way. 


The Commission had under consideration the application of the Oregon 
Utilities Company to construct a telephone pole line along the right of way of 
the Oregon Coast Highway between Wheeler and Brighton, in Tillamook County. 
The Engineer recommended that the company be allowed to build its pole line 
on the westerly side of the highway from Wheeler to Fisher's Point, but from 
that point south to Brighton that the company be required to arrange for the 
joint use of poles with the Western Union Telegraph Company, whose pole line 
now occupies a location on the Southern Pacific Railroad right of way; or to 
construct its own pole line on private property east of the highway, in order 
to preserve unobstructed the splendid view of Tillamook Bay which may be had 
from the highway along this section. He explained that his recommendation is 
based on a joint report from Division Engineer F. D. Eason and Landscape Engi- 
neer George Otten, who inspected the premises in person with Mr. J. D. Lang- 
man, President of the Oregon Utilities Company, who apparently is satisfied 
with such arrangement. The Commission approved the recommendation unanimously. 


The Secretary reported receipt of an offer from the United Air Lines 


to furnish airplane transportation to state officials at a cost of 15 vercent 
less than the cost of single fares if the state will deposit with the company 
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the Pacific Highway on the revised alignment through Cottage Grove. They 
asked the Commission to provide for this project in its 1939 program so people 
can improve and develop their properties that will be affected by such change. 
They were informed by Chairman Cabell that, due to shortage of funds, it is 
doubtful whether the Commission would be able to finance this project next 
year, but the Commission might consider it as a project for the fiscal year 
1940 federal aid moneys. 


Mr. Heck inquired if there is any question as to the construction 
of this proposed change. He was informed by Chairman Cabell that, in so far 
as the present Commission is concerned, the change will be constructed as soon 
as there are funds available to finance it, but that he could not speak for 
any highway commission that might be appointed in the future. He explained 
that, whereas the present commission might make a commitment to 4 certain 
project, a new highway commission would not be legally bound to accept the 
commitment and it could change the plans if it saw fit to do so. 


The Engineer reported receipt of a letter from F. D. White, scout 
master for a boy scout troop in Albany, inquiring whether or not it would be 
possible for the scout groups to secure the salvaged lumber from the wrecking 
of the old brewery building in Albany, and to secure also the doors, windows, 
and brick from such building. He said that such salvaged material consists 
of approximately 11 MFBM lumber, together with doors and windows, none of 
which are suitable for uss in connection with any of the Highway Department's 
construction activities, although by advertising the state might realize a 
few dollars from the sale of the same. The brick, he said, is in first class 
condition and can be used to good advantage if a job should come up where it 
would fit in. All of this material, he said, is now stock-piled on a vacant 
lot in Albary and at some time the state will heave to go to the expense of re- 
moving it and cleaning up the premises. He suggested that it would he advis- 
able to let the scout group have this material if they will remove it from 
the present location and will clean up the lot to the satisfaction of the Com- | 
mission, and he so recommended. The Commission approved the recommendation 
unanimously. 


The Engineer reported receipt of a complaint from residents of Hebo 
of an unsanitary condition that exists there on account of certain people 
draining their septic tanks through a culvert under the MciMinnville-Tillamook 
Highwey. He said that the matter was investigated and it was found that the 
overflow from the septic tanks on the north side of the highway is being 
turned into the highway culvert, with the result thet a very unsanitary and 
offensive condition is created at the lower end of the culvert. He further 
stated that the people who are responsible for this condition were contacted 
and asked to make other arrangements for the dis.osal of this sewage, and 
their attention wes called to the law which prohibits the draining of eny ref- 
use, sewage, or other matter from any cesspool or septic tank upon any public 
road of this state, but the offenders do not seem to take the matter very ser- 
jiously, and ncthing has been done to remedy the situation. It was his thought 
that legal steps as may be necessary should be undertaken to abate this nui- 
sance, and so recommended. The Commission approved the recommendation unani- 
mously and referred the matter to the Attorney for appropriate action. 
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and the American Planning and Civic Association on November 15 and 16, 1938, 
in New York City. The Commission decided not to be represented at this meet- 
ing in view of the expense involved. 


The Engineer requested an additional authorization of $50 to re- 
4mburse the Labor Relations Engineer, Ray Webber, for expense incurred by him 
on an inspection of concrete pavements in the state of California in company 
with engineers. from the states of Washington and California and representa- 
tives of the U. S. Bureau of Public Roads. He said that this inspection trip 
took longer than was originally anticipated and in addition thereto Mr. Web- 
ber was required to purchase train transportation from San Francisco to Salem, 
necessitating an expenditure of $50 more than was originally authorized for 
the trip. It was his thought that Mr. Webber should be reimbursed for this 
extra expense inasmuch as it was incurred in connection with his duties as 4 
state official, and he so recommended. The Commission approved the recommen- 
dation unanimously. 


The Engineer reported the award of contracts as follows for highway 
construction projects for which bids were received by the Commission at its 
meeting on September 29, 1938: 


Crooked Creek-Lobert Section of The Dalles-California Highway, 
jn Klamath County. Grading, surfacing, and oiling. Contract award- 
ed on October 17, 1938, to Roy L. Houck, Salem, who submitted the 
low bid therefor at $120,203.50. 


Furnishing and installation of an interconnected flexible pro- 
gressive traffic signal system in the city of Eugene, Lane County. 
Contract awarded on October 13, 1938, to Castelloe & Stocker Elec- 
tric Company, Eugene, at $7,741.00, this company having submitted 
the low bid for such work which meets the state's specifications. 


The Engineer advised that the conditions of the awards have all been satis- 
fied, The Commission by unanimous vote approved the awards of the contracts 
as reported by the Engineer. 


The Commission had under consideration the offers of the United 
States of America to aid, by way of grant of P.W.A. funds, in financing the 
construction of the following projects and the acquisition of necessary lands 
and rights of way therefor: 


(1) Construction of the Rock Creek-County Line Section of 
the Wasco-Heppner Secondary Highway, in Gilliam County, 
PWA Docket No. Oreg. 1194-F. 


(2) Construction of the Moro-Wasco County Line Rock Produc- 
tion Project on the Sherman Highway, in Sherman County, 
PWA Docket No. Oreg. 1349-F. 


Construction of the Northwestem Oregon Rock Production 
Project, PWA Docket No. Oreg. 13%-F. 
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the sum of $425 as evicence to the agent of any air-line company throughout 
the United States that the holder of a card issued by the United Air Lines is 
entitled to air-line transportation without the payment of cash for the same, 
The Attorney advised that the Commission has legal authority to deposit state 
funds for such purpose if it so desires, and wishes to take advantage of the 
15 percent reduction. It was the thought of the Commission that inasmuch as 
this arrangement would be for the benefit of all state departments, it should 
be consummated through the Secretary of State or the State Board of Control, 
hence action on the matter was deferred for the time being. 


The Engineer requested authority to purchase miscellaneous material 
that is needed in connection with the operation of the Wolf Creek Highway 
W.P.A. rock crushing plant, and to purchase 4 rock spreaders for use in con- 
nection with the spreading of macadam laid by W.P.A. forces on this project. 
He estimated the cost of the miscellaneous material at $1000 and the spread- 
ers at $2400, making a total expenditure of $3400. The Commission approved 
the request by unanimous vote.. 


The Secretary presented a letter from Mr. Lewis A. McArthur, Secre- 
tary of the Oregon Geographic Board, relative to the suggestion by the Forest 
Grove Chamber of Commerce that a bridge on the Wilson River Highway be dedi- 
cated the "Loyal M. Graham Bridge" in honor of Mr. Loyal M. Graham of Forest 
Grove. Mr. McArthur recommended that the Commission dedicate a bridge on 
this highway to Mr. Graham in view of the tremendous amount of enthusiastic 
and effective work that he has done in connection with Oregon highway matters. 
The Commission approved the recommendation unanimously and so ordered, but 
deferred the selection of the particular structure to be so named because none 
of the bridges on this highway have been constructed as yet and the Commission 
wants to make certain that a worthwhile structure is selected in honor of Mr. 
Graham. The Secretary was instructed to convey this information to the Forest 
Grove Chamber of Commerce and to advise the Chamber that, while the Commission 
has approved the naming of a bridge for Mr. Graham, it is making no commitment 
or promises as to when these bridges will be constructed. 


The Engineer requested authority for Division Engineer William E. 
Chandler to attend the annual convention of the Three Flags Highway Associa- 
tion at Reno, Nevada, on October 21 and 22, 1938, at state expense. The Com- | 
mission approved the request subject to further approval by Governor Charles | 
H. Martin. 


The Engineer also requested authority for Assistant State Highway 
Engineer C. B. McCullough and Harold B. Say, Director of the Travel and Infor- 
mation Department, to attend the annual meeting of the Redwood Empire Associa- 
tion in Eureka, California, on October 22, 1938, at state expense. The Com- 
mission approved the request subject to further approval by Governor Charles 
H. Martin. 


A letter was presented from the American Planning and Civic Associa- 
tion, in which the Commission was asked to send a representative to the con- 
ference on roadside improvement which is to be held jointly by the National 
Roadside Council, the Conservation Committee of the Garden Clubs of America, 
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3. This Offer is made subject to the express condition 
that, if the Administrator shall determine at any time that the Ap- 
plicant has paid or agreed to pay, whether directly or indirectiy, 
a bonus, commission or fee to any person, firm or corporation for 
attempting to procure an approval of the Applicant's application, 
or for alleged services in procuring or in attempting to procure 
such approval, or for activities of the nature commonly known 4s 
lobbying performed or agreed to be performed in connection with the 
application, then the Administrator shall have the right, in his 
discretion, to rescind this Offer and any agreements resulting here- 
from, and, in the event of such rescission, the United States of 
America shall be under no further obligation hereunder. 


"UNITED STATES OF AMERICA 
Federal Emergency Administrator 
of Public Works 


By (Sgd.) E. W. Clark 
For the Assistant Administrator" 


be and the same is hereby in all respects accepted. 


Section 2. That the State Highway Commission of the State 
of Oregon and the State of Oregon agree to abide by all rules and 
regulations relating to 2: grant, a copy of which rules and regu- 
lations were annexed to the jovernment's offer and made a part there- 
of. It is hereby covenanted that the work on the project described 
in the offer will be commenced as early as possible, but in no event 
later than eight weeks from the date of this offer; and to complete 
the work with all practicable dispatch, and in any event within six 
months from the commencement of the construction. 


Section 3. That J. M. Devers, Assistant Attorney General 
for Oregon, and Attorney for the State Highway Commission of the 
State of Oregon be and he is hereby authorized and directed forth- 
with to send to the Federal Emergency Administration of Public Works 
three certified copies of this Resolution and three certified copies 
of the proceedings of this Commission in connection with the adop- 
tion of this Resolution, and such further documents or proofs in con- 
nection with the acceptance of said offer as may be requested by the 
Federal Emergency Administration of Public Works. 


A RESOLUTION ACCEPTING THE OFFER OF THE UNITED STATES TO THE STATE 
HIGHWAY COMMISSION OF THE STATE OF OREGON TO AID BY waY OF GRANT IN 
FINANCING THE CONSTRUCTION OF THE MORO-WASCO COUNTY LINE ROCK PRO- 
DUCTION JOB ON THE SHERMAN HIGHWAY AND THE ACQUISITION OF NECESSARY 
LANDS AND RIGHTS OF WAY THEREFOR. 


Be it resolved by the Oregon State Highway Commission: 


Section 1. That the offer of the United States of America 
to the State Highway Commission of the State of Oregon to aid by way 
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(4) - Construction of the Southern Oregon Rock Production 
Project, PWA Docket No. Oreg. 1374-F. 


(5) Construction of the Central Oregon Rock Production 
Project, PWA Docket No. Oreg. 1375-F. 


The Commission approved and accepted the several offers and, by unanimous vote, 
adopted the following resolutions in regard thereto upon motion of Commission- 
er Aldrich which was duly seconded by Commissioner Tou Velle: 


A RESOLUTION ACCEPTING THE OFFER OF THE-UNITED STATES TO THE STATE 
HIGHWAY COMMISSION OF THE STATE OF OREGON TO AID BY WAY OF GRANT IN 
FINANCINGS THE CONSTRUCTION OF THE ROCK CREEK COUNTY LINE SECTION ON 
THE WASCO-HEPPNER SECONDARY HIGHWAY IN GILLIAM COUNTY AND THE AC- 
QUISITION OF NECESSARY LANDS AND RIGHTS OF WAY THEREFOR. 


Be it resolved by the Oregon State Highway Commission: 


Section 1. That the offer of the United States of America 
to the State Highway Commission of the State of Oregon to aid by way 
of grant in financing the construction of the Rock Creek County Line 
Section a the Wasco-Heppner Secondary Highway in Gilliam County and 
the acquisition of necessary lands and rights of way therefor, a 
copy of which offer reads as follows: 

"Pp, W. 84614-71 


“FEDERAL EMERGENCY ADMINISTRATION OF PUBLIC WORKS 


"Washington, D. C., 
Dated: Oct 17 1938 
Dozket No. Oreg. 1194-F 


"State Highway Commission of the State of Oregon 
Salem, Oregon. 


1. Subject to the Terms and Conditions (Pwa Form No. 230, 
as amended to the date of this Offer), which are made a part hereof, 
the United States of America hereby offers to aid in financing the 
construction of road improvements, including the acquisition of nec- 
essary land and rights of way (herein called the "Project"), by mak- 
ing a grant to State Highway Commission of the State of Oregon (here- 
in called the “Applicant") in the amount of 45 percent of the cost 
of the Project upon completion, as determined by the Federal Emer- 
gency Administrator of Public Works (herein called the "Administra-~ 
tor"), but not to exceed, in any event, the sum of $28,545. 


2. By acceptance of this Offer the Applicant covenants to 
begin work on the Project as early 4s possible but in no event later 
than 8 weeks from the date of this Offer and to complete such Proj- 
ect with all practicable dispatch, and in any event within 6 months 
from the commencement of construction. 


OCcT20 1938 


be and the same is hereby in all respects accepted. 


Section 2. That the State Highway Commission of the State 
of Oregon and the State of Oregon agree to abide by all rules and 
regulations relating to such grant, & copy of which rules and regu- 
lations were annexed to the Government's offer and made a part there- 
of. It is hereby covenanted that the work on the project described 
in the offer will be commenced as early as possible, but in no event 
later than twelve weeks from the date of this offer; and to complete 
the work with all practicable dispatch, and in any event within four 
months from the commencement of the construction. 


Section 3. That J. M. Devers, Assistant Attorney General 
for Oregon, and Attorney for the State Highway Commission of the 
State of Oregon be and he is hereby authorised and directed forthwith 
to send to the Federal Emergency Administration of Public Works 
three certified copies of this Resolution and three certified copies 
of the proceedings of this Commission in connection with the adoption 
of this Resolution, and such further documents or proofs in connec- 
tion with the acceptance of said offer as may be requested by the 
Federal Emergency Administration of Public Works. 


A RESOLUTION ACCEPTING THE OFFER OF THE UNITED STATES TO THE STATE 
HIGHWAY COMMISSION OF THE STATE OF OREGON TO AID BY WAY OF GRANT IN 
FINANCING THE CONSTRUCTION OF THE NORTHWESTERN OREGON ROCK PRODUC- 
TIOM PROJECT AND THE ACQUISITION OF NECESSARY LANDS AND RIGHTS OF 
WAY THEREFOR. 


Be it resolved by the Oregon State Highway Commission: 


Section 1. That the offer of the United States of America 
to the State Highway Commission of the State of Oregon to aid by way 
of grant in financing the construction of the Northwestern Oregon 
Rock Production Project and the acquisition of necessary lands and 
rights of way therefor, a copy of which offer reads as follows: 


"P, W. 84713-147 
FEDERAL EMERGENCY ADMINISTRATION OF PUBLIC WORKS 
“Washington, D. C. 
Dated: Oct 17 1938 
Docket No. Oreg. 1372-F 


"State Highway Commission of the State of Oregon, 
Salem, Oregon. 


"1. Subject to the Terms and Conditions (PWA Form No.230, 
as amended to the date of this Offer), which are made a part hereof, 
the United States of America hereby offers to aid in financing the 
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of grant in financing the construction of the Moro-Wasco County line 
rock production job on the Sherman Highway and the acquisition of 
necessary lands and rights of way therefor, a copy of which offer 
reads as follows: 

"Pp, W. 84117-21 


"FEDERAL EMERGENCY ADMINISTRATION OF PUBLIC WORKS 


"Washington, D. C. 
Dated: Sep 30 1938 
Docket No. Oreg. 1349-F 


"State Highway Commission of the State of Oregon 
Salem, Oregon. 


", Subject to the Terms and Conditions (PWA Form No.230, 
as amended to the date of this Offer), whi 4 are made a part hereof, 
the United States of America hereby offers to aid in financing the 
quarrying, crushing, hauling, and storing of rock for highway in- 
provement, including the acquisition of necessary land (herein 
called the "Project"), by ma a@ grant to the State Highway Com- 
mission of the State of Oregon (herein called the "Applicant") in 
the amount of 45 percent of the cost of the Project upon completion, 
as determined by the Federal Emergency Administrator of Public Works 
(herein called the "Administrator"), but not to exceed, in any 
event, the sum of $8,190. 


"2, By acceptance of this Offer the Applicant covenants to 
begin work on the Project as early as possible but in no event later 
than 12 weeks from the date of this Offer and complete such Project 
with all practicable dispatch, and in any event within 4 months from 
the commencement of construction. 


"3, This Offer is made subject to the express condition 
that, if the Administrator shall determine at any time that the Ap- 
plicant has paid or agreed to pay, whether directly or indirectly, 4 
bonus, commission or fee to any person, firm, or corporation for at- 
tempting to procure an approval of the Applicant's application, or 
for alleged services in procuring or in attempting to procure such 
approval, or for activities of the nature commonly known as lobbying 
performed or agreed to be performed in connection with the applica- 
tion, then the Administrator shall have the right, in his discretion, 
to rescind this Offer and any agreements resulting herefrom, and, 
in the event of such rescission, the United States of America shall 
be under no further obligation hereunder. 


“UNITED STATES OF AMERICA 
"Yederal Emergency Administrator 
of Public Works 


"By (Sgd.) H. A. Gray 
Assistant Administrator" 
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proceedings of this Commission in connection with the adoption of 
this Resolution, and such further documents or proofs in connection 
with the acceptance of said offer as may be requested by the Feder- 
al Emergency Administration of Public Works. 


A RESOLUTION ACCEPTING THE OFFER OF THE UNITED STATES TO THE STATE 
HIGHWAY COMMISSION OF THE STATE OF OREGON TO AID BY WAY OF GRANT IN 
FINANCING THE CONSTRUCTION OF THE SOUTHERN OREGON ROCK PRODUCTION 
PROJECT AND THE ACQUISITION OF NECESSARY LANDS AND RIGHTS OF WAY 
THEREFOR. 


Be it resolved by the Oregon State Highway Commission: 

Section 1. That the offer of the United States of America 
to the State Highway Commission of the State of Oregon to aid by way 
of grant in financing the construction of the Southern Oregon Rock 
Production Project and the acquisition of necessary lands and rights 
of way therefor, a copy of which offer reads as follows: 

"P, W. 84677-52 
"FEDERAL EMERGENCY ADMINISTRATION OF PUBLIC WORKS 


"Washington, D. C., 
Dated: Oct 15 1938 
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Docket No. Oregon 1374-F 


"State Highway Commission of the State of Oregon, 
Salem, Oregon 


"1, Subject to the Terms and Conditions (PWA Form No.230, 
as amended to the date of this Offer), which are made a part hereof, 
the United States of America hereby offers to aid in financing the 
construction of highway improvements, including the production and 
placing of stock-pile material and the acquisition of necessary land 
and rights of way (herein called the "Project"), by making a grant 
to the State Highway Commission of the State of Oregon (herein called 
the "Applicant") in the amount of 45 percent of the cost of the Proj- 
ect upon completion, as determined by the Federal Emergency Adminis- 
trator of Public Works (herein called the "Administrator"), but not 
to exceed, in any event, the sum of $33,277. 


"2, By acceptance of this Offer the Applicant covenants 
to begin work on the Project 4s early as possible but in no event 
later than December 31, 1938, and to complete such Project with all 
practicable dispatch, and in any event within 5 months from the 
commencement of construction. 


"3, This Offer is made subject to the express condition 
that, if the Administrator shall determine at any time that the 
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construction of highway improvements, including the acquisition of 
necessary land and right of way (herein called the "Project"), by 
making a grant to the State Highway Commission of the State of Ore- 
gon (herein called the “Applicant") in the amount of 45 percent of 
the cost of the Project upon completion, as determined by the Feder- 
al Emergency Administrator of Public Works (herein called the "Ad~- 
ministrator"), but not to exceed, in any event, the sum of $40,140. 


"2, By acceptance of this Offer the Applicant covenants 
to begin work on the Project as early as possible but in no event 
later than December 31, 1938, and to complete such Project with all 
practicable dispatch, and in any event within 8 months from the com- 
mencement of construction. 


"3, This Offer is made subject to the express condition 
that, if the Administrator shall determine at any time that the Ap- 
plicant as paid or agreed to pay, whether directly or indirectly, 

a bonus, commission or fee to any person, firm or corporation for 
attempting to procure an approval of the Applicant's application, or 
for alleged services in procuring or in attempting to procure such 
approval, or for activities of the nature commonly known as lobbying 
performed or agreed to be performed in connection with the applica- 
tion, then the Administrator shall have the right, in his discretion, 
to rescind this Offer and any agreements resulting herefrom, and, in 
the event of such rescission, the United States of America shall be 
under no further obligation hereunder. 


"UNITED STATES OF AMERICA 
"Federal Emergency Administrator 
of Public Works 


"By (Signed) £E.M. Clark 
for the Assistant Administrator" 


be and the same is hereby in all respects accepted. 


Section 2. That the State Highway Commission of the State 
of Oregon and the State of Oregon agree to abide by all rules and 
regulations relating to such grant, a copy of which rules and 
regulations were annexed to the Government's offer and made a part 
thereof. It is hereby covenanted that the work on the project de- 
scribed in the offer will be commenced as early as possible, but in 
no event later than December 31, 1938; and to complete the work with 
all practicable dispatch, and in any event within eight months from 
the commencement of the construction. 


Section 3. That J. M. Devers, Assistant Attorney General 
for Oregon, and Attorney for the State Highway Commission of the State 
of Oregon be and he is hereby authorized and directed forthwith to 
send to the Federal Emergency Administration of Public Works three 
certified copies of this Resolution and three certified copies of the 
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Production Project and the acquisition of necessary lands and rights 
of way therefor, a copy of which offer reads as follows: 


"P. W. 8713-148 
"FEDERAL EMERGENCY ADMINISTRATION OF PUBLIC WORKS 


“Washington, D. C., 
Dated: Oct 17 1938 
Docket No. Oreg. 1375-F 


"State Highway Commission of the State of Oregon, 
Salem, Oregon. 


"1, Subject to the Terms and Conditions (PWA Form No.230, 
as amended to the date of this Offer), which are made a part hereof, 
the United States of America hereby offers to aid in financ4ng the 
construction of highway improvements, including acquisition of nec- 
essary land and rights of way (herein called the "Project"), by mak- 
ing a grant to State Highway Commission of the State of Oregon 
(herein called the "Applicant") in the amount of 45 percent of the 
cost of the Project upon completion, as determined by the Federal 
Emergency Administrator of Public Works (herein called the "Adminis- 
trator"), but not to exceed, in any event, the sum of $45,000. 


"2. By acceptance of this Offer the Applicant covenants 
to begin work on the Project as early as possible but in no event 
later than December 31, 1938, and to complete such Project with all 
practicable dispatch, and in any event within 6 months from the com- 
mencement of construction. 


"3, This Offer is made subject to the express condition 
that, if the Administrator shall determine at any time that the Ap- 
plicant has paid or agreed to pay, whether directly or indirectly, 
a bonus, commission or fee to any person, firm or corporation for 
attempting to procure an approval of the Applicant's application, 
or for alleged services in procuring or in attempting to procure 
such approval, or for activities of the nature commonly mown as 
lobbying performed or agreed to be performed in connection with 
the application, then the Administrator shall have the right, in 
his discretion, to rescind this Offer and any agreements resulting 
herefrom, and, in the event of such rescission, the United States 
of America shall be under no further obligation hereunder. 


"UNITED STATES OF AMERICA 


"Federal Emergency Administrator 
of Public Works 


"By (Signed) E. M. Clark 
for the Assistant Administrator" 


be and the same is hereby in all respects accepted. 
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t has paid or agreed to pay, whether directly or indirectly, 
a » commission or fee to any person, firm or corporation for at- 
tempting to procure an approval of the Applicant's application, or 
for alleged services in procuring or in, attempting to procure such 
approval, or for activities of the nature commonly mown as lobbying 
performed or agreed to be performed in connection with the applica- 
tion, then the Administrator shall have the right, in his discretion, 
to rescind this Offer and any agreements resulting herefrom, and, in 
the event of such rescission, the United States of America shall be 
under no further obligation hereunder. 


"UNITED STATES OF AMERICA 
" Federal Emergency Administrator 
of Public Works 


"By (Signed) &. M. Clark 
for the Assistant Administrator" 


be and the same is hereby in all respects accepted. 


Section 2. That the State Highway Commission of the State 
of Oregon and the State of Oregon agree to abide by all rules and - 
regulations relating to such grant, a copy of which rules and regu- 
lations were annexed to the Government's offer and made a part there- 
of. It is hereby covenanted that the work on the project described 
in the offer will be commenced as early as possible, but in no event 
later than December 31, 1938, and to complete the work with all prac- 
ticable dispatch, and in any event within five months from the com- 
mencement of the construction. 


Section 3. That J. M. Devers, Assistant Attorney General 
for Oregon, und Attorney for the State Highway Commission of the State 
of Oregon be and he is hereby authorized and directed forthwith to 
send to the Federel Emergency Administration of Public Works three 
certified copies of this Resolution and three certified copies of the 
proceedings of this Commission in connection with the adoption of 
this Resolution, and such further documents or proofs in connection 
with the acceptance of said offer as may be requested by the Federal 
Emergency Administration of Public Works. 


A RESCLUTION ACCEPTING THE OFFER OF THE UNITED STATES TO THE STATE 
HIGHWAY COMMISSION OF THE STATE OF OREGON TO AID BY WAY OF GRANT IN 
FINANCING THE CONSTRUCTION OF THE CENTRAL OREGON ROCK PRODUCTION 
PROJECT AND THE ACQUISITION OF NECESSARY LANDS AND RIGHTS OF WAY 
THEREFOR. 


Be it resolved by the Oregon State Highway Commission: 


Section 1. That the offer of the United States of America 
to the State Highway Commission of the State of Oregon to aid by way 
of grant in financing the construction of the Central Oregon Rock 
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A RESOLUTION ESTABLISHING MINIMUM WAGE RATES TO BE PAID BY 
CONTRACTORS FOR LABOR ON THE ROCK CREEK-MORROW COUNTY LINE SECTION 
PWA DOCKET NO. OREGON 1194-F 


WHEREAS, a thorough investigation hag been made of the 
hourly wage rates which are being paid in Gilliam County, which is 
the locality in which the proposed project (hereinafter referred to 
as "project") is to be constructed by the Oregon State Highway Com- 
mission, to employees in each trade or occupation engaged in work 
of a nature similar to the work to be performed in the construction 
of said project, and the prevailing hourly wage rates being paid in 
such locality to such employees for such work have been determined 
by an examination of the wage rates paid on various jobs as listed 
in our letter of September 21 to Mr. C. C. Hockley, which work is 
comparable to the work to be performed in this project. 


NOW, THEREFORE, Be It Resolved by the Oregon State Highway 
Commission of the State of Oregon that the following rates for the 
respective trades or occupations listed below shall be and are here- 
by fixed as the minimum hourly wage rates and have been determined 
in accordance with rates prevailing for work of a similar nature in 
the locality in which the project is to be constructed: 


Sloper $ .75 
Timber fallers 90 
Timber buckers 75 
Powderman 1.00 
Jackhammer man o 15 
Steel and tool dresser ; 1.00 
Drag scraper operator (up to 1 yard capacity) 80 
Drag scraper operator (over 1 yard capacity) 1.123 
Oiler -80 
Crusher feeder 75 
Truck driver (1$-3 tons mfr. rated capacity) 75 
Truck driver (3 tons and over mfr. rated capacity) 85 
Roller operator 1.00 
Power shovel operator (1 yard and under) 1.25 
Power shovel operator (over 1 yard) 1.50 
Tractor operator (75 H.P. & over with attachments) 1.25 
Tractor operator (75 H.P. & over without attachments) 1.00 
Tractor operator (35 to 75 H.P.) 1.00 
Tractor operator (under 35 H.P.) 85 
Power blade operator 1.123 
Compressor operator 1.00 
Common labor -50 


Be It Further Resolved that the foregoing list of trades 
or occupations includes to the best of our knowledge all the classi- 
fications of employees who will be engaged in work on said project 
other than executive, supervisory, administrative, clerical, or other 
non-manual workers as such. 
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Section 2. That the State Highway Commission of the State 
of Oregon and the State of Oregon agree to abide by all rules and 
regulations relating to such grant, a copy of which rules and regu- 
lations were annexed to the Government's offer and made a part there- 
of. It is hereby covenanted that the work on the project described 
in the offer will be commenced as early as possible, but in no event 
later than December 31, 1938; and to complete the work with all 
practicable dispatch, and in any event within four months from the 
commencement of the construction. 


Section 3. That J. M. Devers, Assistant Attorney General 
for Oregon, and Attorney for the State Highway Commission of the State 
of Oregon be and he is hereby authorized and directed forthwith to 
send to the Federal Emergency Administration of Public Works three 
certified copies of this Resolution and three certified copies of the 
proceedings of this Commission in connection with the adoption of 
this Resolution, and such further documents or proofs in connection 
with the acceptance of said offer as may be requested by the Federal 
Emergency Administration of Public Works. . 


The Commission also had under consideration the establishment of 
minimum wage rates to be paid by contractors for labor employed on the follow- 
ing projects: 


Rock Creek-Morrow County Line Project, PWA Docket No. Oreg. 1194-F 
Umpqua River Bridge Project, PWA Docket No. Oreg. 1298-F 
Deschutes River-Madras Project, PWA Docket No. Oreg. 1287-F 
Madras~Deschutes County Line Rock Production Project, PWA Docket 
No. Oreg. 1347-F 
Charleston-Miner Creek Project, PWA Docket No. Oreg. 1322-F 
Provolt Rock Production Project, PWA Docket No. Oreg. 1348-F 
Richland-Halfway Project, PWA Docket No. Oreg. 1294-F 
Moro-Wasco County. Line Rock Production Project, PWA Docket 
No. Oreg. 1349-F 
— ae Rock Production Project, PWA Docket No.Oreg. 
L4-) 
— Dr Rock Production Project, PWA Docket No. Oreg. 
F 
we Oregon Rock Production Project, PWA Docket No. Oreg. 
Albeny Maintenance Building, PWA Docket No. Oreg. 1282-F 


The Engineer presented a schedule of wage rates for each project. After care- 
ful consideration and study, the Commission approved such wage rates and by 

unanimous vote, upon motion of Commissioner Aldrich, which was duly seconded 

= Commissioner Tou Velle, adopted the following resolutions in regard there- 
0: 
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Be It Further Resolved that the foregoing list of trades 
or occupations includes to the best of our knowledge all the classi- 
fications of employees who will be engaged in work on said project 
other than executive, supervisory, administrative, clerical, or 
other non-manual workers as such. 


A RESOLUTION ESTABLISHING MINIMUM WAGE RATES TO BE PAID BY 
CONTRACTORS FOR LABOR ON THE DESCHUTES RIVER—MADRaS SECTION 
PWA DOCKET NO. OREGON 1287-F 


WHEREAS, a thorough investigation has been made of the 
hourly wage rates which are being paid in Jefferson County, which is 
the locality in which the proposed project {hereinafter referred to 
as "project") is to be constructed by the Oregon State Highway Com- 
mission, to employees in each trade or occupation engaged in work of 
a nature similar to the work to be performed in the construction of 
said project, and the prevailing hourly wage rates being paid in such 
locality to such employees for such work have been determined by an 
examination of the wage rates paid on various jobs as listed in our 
letter of September 21 to iir. C. C. Hockley, which work is comparable 
to the work to be Performed in this project. 


NOW, THEREFORE, Be It Resolved by the Oregon State Highway 
Commission of the State of Oregon that the following rates for the 
respective trades or occupations listed below shall be and are here- 
by fixed as the minimum hourly wage rates and have been determined 
in accordance with rates prevailing for work of a similar nature in 
the locality in which the project is to be constructed: 


Retort operator $1.00 
Retort fireman .875 
Distributor driver -90 
Distributor leverman -90 
Power broom operator 75 
Drag scraper operator -80 
Powderman 1,00 
Jackhammer man +75 
Oiler .80 
Crusher feeder «75 
Truck driver (under 3 tons) 75 
Truck driver (3 tons and over mfr. rated capacity) 85 
Roller operator 1.00 
Power blade operator 1.123 
Compressor operator 1.00 
Tractor operator (75 H.P. & over with attachments) 1.25 
Tractor operator (75 H.P. & over without attachms.) 1.00 
Tractor operator (35 to 75 H.P.) 1.00 
Tractor operator (under 35 H.P.) 85 
Power shovel operator (1 yard and under) 1.25 


Common labor -50 


8441 


OCT 20 1938 


8440 


A RESOLUTION ESTABLISHING MINIMUM WAGE RATES TO BE PAID BY 
CONTRACTORS FOR LABOR ON THE UMPQUA RIVER BRIDGE SECTION 
PWwA DOCKET NO. OREGON 1298-F 


WHEREAS, a thorough investigation has been made of the 
hourly wage rates which are being paid in Douglas County, which is 
the locality in which the proposed project (hereinafter referred to 
as "project") is to be constructed by the Oregon State Highway Com- 
mission, to employees in each trade or occupation engaged in work 
of a nature similar to the work to be performed in the construction 
of said project, and the prevailing hourly wage rates being paid in 
such locality to such employees for such work have been determined 
by an examinaticn of the wage rates paid on various jobs as listed 
in our let:er of September 21 to Mr. C. C. Hockley, which work is 
comparable to the work to be performed in this project. 


NOW, THEREFORE, Be It Resolved by the Oregon State High- 
way Commission of the State of Oregon that the following rates for 
the respective trades or occupations listed below shall be and are 
hereby fixed as the minimum hourly wage rates and have been deter- 
mined in accordance with rates prevailing for work of a similar na- 
ture in the locality in which the project is to be constructed: 


Carpenters $1.1 
Structural Steel workers 1.3 
Structural steel workers, hoist and derrick 1.3 
Reinforcing iron workers 1.12 
Concrete mixer (5 cacks and over mfr. rated cap.) 1.20 
Concrete mixer (under 5 sacks mfr. rated capacity) 1.00 
Pumpman (6" suction and over) 1,00 
Derrick operator (hook) 1.3% 
Painters 1.10 
Pile driver engineer 1.3 
Pile driver boomman 1.3 
Pile driver man 1.25 
Concrete finisher 1.123 
Burner man or drier 90 
Pugmixer man 90 
Rakers -90 
Spreaders 75 
Head ribbon setter 1.00 


Truck drivers (3 ton and over mfr. rated capacity) 85 
Truck drivers {14 ton and under mfr. rated capacity) .75 
Shovel oparator (1 yard and under) 1.25 
Tractor operator (75 H.P. and over with attachments) 1.25 
Tractor operator (75 H.P. & over without attechms.) 1.00 


Tractor operator (35 to 75 H.P.) 1.00 
Tractor operator (under 35 H.P.) ’ 85 
Common labor «50 
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A RESOLUTION ESTABLISHING MINIMUM WAGE RATES TO BE PalD BY 
CONTRACTORS FOR LABOK ON THE CHARLESTON—MINER CREEK SECTION 
PWA DOCKET NO. OREGON 1322-F 


WHEREAS, a thorough investigation has been made of the hour- 
ly wage rates which are being paid in Coos County, which is the local- 
ity in which the proposed project (hereinafter referred to as "proj- 
ect") is to be constructed by the Oregon State Highway Commission, to 
employees in each trade or occupation engaged in work of a nature sin- 
ilar to the work to be performed in the construction of said project, 
and the prevailing hourly wage rates being paid in such locality to 
such employees for such work have been determined by an examination of 
the wage rates paid on various jobs as listed in our letter of Septem- 
ber 21 to Mr. C. C. Hockley, which work is comparable to the work to 
be performed in this project. 


NOW, THEREFORE, Be It Resolved by the Oregon State Highway 
Commission of the State of Oregon that the following rates for the re- 
spective trades or occupations listed below shall be and are hereby 
fixed as the minimum hourly wage rates and have been determined in ac- 
cordance with rates prevailing for work of a similar nature in the lo- 
cality in which the project is to be constructed: 


Sloper—-layout $ .75 
Powder man 1.00 
Jackhammer man 75 
Steel and tool dresser 1.00 
Drag scraper operator .80 
Oiler 80 
Crusher feeder 75 
Truck driver (1} - 3 tons mr. rated capacity) 75 
Truck driver (over 3 tons) 85 
Roller operator 1.00 
Power shovel operator 1.25 
Tractor operator (75 H.P. & over with attachments) 1.25 
Tractor operator (35 - 75 H.P.) 1.00 
Tractor operator (under 35 H.P.) 85 
Power blade 1.123 
Compressor operator 1.00 
Common labor -50 


Be It Further Resolved that the foregoing list of trades 
or occupations includes to the best of our knowledge all the classi- 
fications of employees who will be engaged in work on said project 
other than executive, supervisory, administrative, clerical, or 
other non-manual workers as such. 


A RESOLUTION ESTABLISHING MINIMUM WAGE RATES TO BE PAID BY 
CONTRACTORS FOR LABOR ON THE PROVOLT ROCK PRODUCTION PROJECT 
PWA DOCKET NO, OREGON 1348-F 


WHEREAS, a thorough investigation has been made of the 
hourly wage rates which are being paid in Jackson and Josephine 
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Be It Further Resolved that the foregoing list of trades 
or occupations includes to the best of our kmowledge all the classi- 
fications of employees who will be engaged in work on said project 
other than executive, supervisory, clerical, administrative, or other 
non-manual workers as such. 


A RESOLUTION ESTABLISHING MINIMUM WAGE RATES TO BE PAID BY 
CONTRACTORS FOR LABOR OX THE 
MADRAS-DESCHUTES COUNTY LINE ROCK PRODUCTION 

PWA DOCKET NO. OREGON 1347-F 


WHEREAS, a thorough investigation has been made of the 
hourly wage rates which are being paid in Jefferson County, which is 
the locality in which the proposed project (hereinafter referred to 
as "project") is to be constructed by the Oregon State Highway Com- 
mission, to employees in each trade or dccupstion engaged in work of 
a nature similar to the work to be performed in the construction of 
said project, and the prevailing hourly wage rates being paid in such 
locality to such employees for such work have been determined by an 
examination of the wage rates on various jobs as listed in our 
letter of September 22 to Mr, ©. C. Hockley, which work is comparable 
to the work to be performed in this project. 


NOW, THEREFORE, Be It Resolved by the Oregon State Highway 
Commission of the State of Oregon that the following rates for the 
respective trades or occupations listed below shall be and are hereby 
fixed as the minimum hourly wage rates and have been determined in ac- 
cordance with rates prevailing for work of a similar nature in the lo- 
cality in which the projegt is to be constructed: 


Stationary drag scraper operator (up to 1 yard 


capacity) $ .80 
Stationary drag scraper operator (over 1 yard 

capacity) 1.123 
Powderman 1.00 
Jackhammer man Py o- | 
Oiler » 80 
Crusher feeder «7 
Shovel operator 1,25 
Truck drivers (3-ton and under, mfr. rated capacity) Ay 
Truck drivers (over 3-ton, mfr. rated capacity) 85 
Common labor 250 


. 


Be It Further Resolved that the foregoing list of trades © 
or occupations includes to the best of our knowledge all the classi- | 
fications of employees who will be engaged in work on said project | 
other than executive, supervisory, administrative, clerical, or | 
other non-manual workers as such. 
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NOW, THEREFORE, Be It Resolved by the Oregon State Highway 
Commission of the State of Oregon that the following rates for the 
respective trades or occupations listed velow shall be and are here- 
by fixed as the minimum hourly wage rates and have been determined 
in accordance with rates prevailing for work of a similar nature in 
the locality in which the project is to be constructed: 


Retort operator 
Retort fireman 
Distributor driver 
Distributor leverman 
Power broom operator 
Drag Scraper operator 
Powderman : 
Jackhammer man 

Oiler 

Crusher feeder 

Truck drivers 

Roller operator 

Power blade operator 
Compressor operator 
Tractor operator (35 H.P. and under) 
Shovel operator 
Common labor 


Be It Further Resolved that the foregoing list of trades 
‘or occupations includes to the best of our knowledge all the classi- 
fications of employees who will be engaged in work on said project 
other than executive, supervisory, administrative, clerical, oF 
other non-manual workers as such. 


A RESOLUTION ESTABLISHING MINIMUM WAGE RATES TO BE PAID BY 
CONTRACTORS FOR LABOR ON THE MORO--WASCO COUNTY LINE ROCK PRODUCTION 
PWA DOCKET NO. OREGON 1349-F 


WHEREAS, a thorough investigation has been made of the 
hourly wage rates which are being paid in Sherman County, which is 
the locality in which the proposed project (hereinafter referred to 
as "project") is to be constructed by the Oregon State Highway Com- 
mission, to employees in each trade or occupation engaged in work 
of a nature similar to the work to be performed in the construction 
of said project, and the prevailing hourly wage rates being peid in 
such locality to such employees for such: work have been determined 
by an examination of the wage rates paid on various jobs as listed 
in our letter of September 23 to iir. C. C. Hockley, which work is 
comparable to the work to be performed in this project. 


NOW, THEREFORE, Be It Resolved by the Oregon State Highway 
Commission of the State of Oregon thet the following rates for the 
respective trades or occupations listed below ghall be and are hereby 
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Counties, which is the locality in which the proposed project (herein- 
after referred to as "project") is to be constructed by the Oregon 
State Highway Commission, to employees in each trade or occupation en- 
gaged in work of a nature similar to the work to be performed in the 
construction of said project, and the prevailing hourly wage rates be- 
ing paid in such locality to such employees for such work have been 
determined by an examination of the wege rates paid on various jobs 
as listed in our letter of September 23 to Mr. C. C. Hockley, which 
work is comparable to the work to be performed in this project. 


NOW, THEREFORE, Be It Resolved by the Oregon State Highway 
Commission of the State of Oregon that the following rates for the 
respective trades or occupations listed below shall be and are hereby 
fixed as the minimum hourly wage rates and have been determined in 
accordance with rates prevailing far work of a similar nature in the 
locality in which the project is to be constructed: 


Stationary drag scraper operator (up to l yd. cap.) $ ~80 
Stationary drag scraper operator (over 1 yd. cap.) 1.124 
1.00 

75 


Powderman ° 

Jackhammer man ° 

Oiler 80 
Crusher feeder ) «75 
Shovel operator 1.25 
Truck drivers (3-ton and under mfr. rated cap.) Ay 5) 
Truck drivers (over 3-ton mfr. rated cap.) 85 
Common labor «50 


Be It Further Resolved that the foregoing list of trades 
or occupations includes to the best of our knowledge all the clessi- 
fications of employees who will be engaged in work on said project 
other than executive, supervisory, administrative, clerical, or 
other non-manual workers as such. 


A RESOLUTION ESTABLISHING MINIMUM WAGE RATES TO BE PAID BY 
CONTRACTORS FOR LaBOR ON THE RICHLAND—HALFWAY SECTION 
PwWA DOCKET iW0. OREGON 1294-F 


WHEREAS, a thorough investigation has been made of the 
hourly wage rates which are being paid in Baker County, which is the 
locality in which the proposed project (hereinafter referred to as 
“project") is to be constructed by the Oregon State Highway Commis- 
sion, to employees in each trade or occupation engaged in work of a 
nature similar to the work to be performed in the construction of 
said project, and the prevailing hourly wage rates being paid in 
such locality to such employees for such work have been determined 
by an examination of the wage rates paid on various jobs as listed 
in our letter of September 21 to the Bureau of Public Roads, which 
work is comparable to the work to be performed in this project. 
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Crusher feeder $ .75 
Truck Driver (3 tons and over) 85 
Truck Driver (14 tons to 3 tons) -75 
Power shovel operator (over 1 C.Y. capacity) 1.50 
Power shovel operator (1 C.Y. and under) 1.25 
Compressor operator 1.00 
Common labor -50 


Be It Further Resolved that the foregoing list of trades 
or occupations includes to the best of our knowledge all the classi- 
fications of employees who will be engaged in work on said project 
other than executive, supervisory, administrative, clerical, or 
other non-manual workers as such. ; 


A RESOLUTION ESTABLISHING MINIMUM WAGE RATES TC BE PAID BY 
CONTRACTORS FOR LABOR ON THE CENTRAL OREGON ROCK PRODUCTION 
PWA DOCKET NO. OREGON 1375-F 


WHEREAS, a thorough investigation has been made of the 
hourly wage rates which are being paid in Lake, Deschutes, Hood Riv- 
er and Klamath Counties, which is the locality in which the pro- 
posed project (hereinafter referred to as "project") is to be con- 
structed by the Oregon State Highway Commission, to employees in 
each trade or occupation engaged in work of a nature similar to the 
work to be performed in the construction of said project, and the 
prevailing hourly wage rates being paid in such locality to such 
employees for such work have been determined by an examination of 
the wage rates paid on various jobs as listed in our letter of Oc- 
tober 14 to Mr. C. C. Hockley, which work is comparable to the work 
to be performed in this project. 


NOW, THEREFORE, Be It Resolved by the Oregon State Highway 
Commission of the State of Oregon that the following rates for the 
respective trades or occupations listed below shall be and are here- 
by fixed as the minimum hourly wage rates and have been determined 
in accordance with rates prevailing for work of a similar nature in 
the locality in which the project is to be constructed: 


Stationary drag scraper operator (up to 1 C.Y.cap.) $ .80 
12 


Stationary drag scraper operator (over 1C.Y.cap.) 1. $ 
Powderman 1.00 
Jackhammer man 75 
Oiler -80 
Crusher feeder Ay ps 
Truck driver (3 tons and over) 85 
Truck driver (14 tons to 3 tons) -75 
Power shovel operator (over 1 C.Y. caps: ity) 1.50 
Power shovel oyerator (1 C.Y¥. and under) 1.25 
Compressor operator 1.50 
Common labor -50 
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fixed as the minimum hourly wage rates and have been determined in 
accordance with rates prevailing for work of a similar nature in the 
locality in which the project is to be constructed: 


Stationary drag scraper operator (up to 1 yd. cap.) $ .80 
Stationary drag scraper operator (over 1 yd. cap.) 1.123 


Powderman 1.00 
Jackhammer man P 75 
Oiler -80 
Crusher feeder 0% 
Shovel operator 1.25 
Truck drivers (3-ton and under, mfr.'s rated cap.) +75 
Truck drivers (over 3-ton,mfr.'s rated cap.) 85 
Common labor «50 


Be It Further Resolved that the foregoing list of trades 
or occupations includes to the best of our kmowledge all the classi- 
fications of employees who will be engaged in work on said project 
other than executive, supervisory, administrative, clerical, or 
other non-manual workers as such. 


A RESOLUTION ESTABLISHING MINIMUM WAGE RATES TO BE PAID BY 
CONTRACTORS FOR LABOR ON THE SOUTHERN OREGON ROCK PRODUCTION 
PWA DOCKET NO. OREGON 13'74-F 


WHEREAS, a thorough investigation has been made of the 
hourly wage rates which are being paid in Coos and Lane Counties, 
which is the locality in which the proposed project (hereinafter 
referred to as "project") is to be constructed by the Oregon Stete 
Highway Commission, to employees in each trade or occupation en- 
gaged in work of a nature similar to the work to be performed in 
the construction of said project, and the prevailing hourly wage 
rates being paid in such locality to such employees for such work 
have been determined by an examination of the wage rates paid on 
various jobs as listed in our letter of October 11 to Mr. C. C. 
Hockley, which work is comparable to the work to be performed in 
this project. ' 


NOW, THEREFORE, Be It Resolved by the Oregon State High- 
way Commission of the State of Oregon that the following rates for 
the respective trades or occupations listed below shall be and are 
hereby fixed as the minimum hourly wage rates and have been deter- 
mined in accordance with rates prevailing for work of a similar na- 
ture in the locality in which the project is to be constructed: 


Stationary drag scraper operator (up to 1C.¥. cap.) $ .80 


Stationary drag scraper operator (over 1C.Y. cap.) 1.124 
Powderman 1.00 
Jackhammer man 5 
Oiler -80 


(Continued on next page) 
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A RESOLUTION ESTABLISHING MINIMUM WAGE RATES TO BE PAID BY 
CONTRACTORS FOR LABOR ON THE ALBANY MAINTENANCE BUILDING 
PWA DOCKET NO. OREGON 1282-F 


WHEREAS, a thorough investigation has been made of the 
hourly wage rates which are being paid in Linn County, which is the 
locality in which the proposed project (hereinafter referred to as 
"project") is to be constructed by the Oregon State Highway Commis- 
sion, to employees in each trade or occupation engaged in work of a 
nature similar to the work to be performed in the construction of 
said project, and the prevailing hourly wage rates being paid in 
such locality to such employees for such work have been determined 
by an examination of the wage rates paid on various jobs as listed 
in our letter of September 22 to Mr. C. C. Hockley, which work is 
comparable to the work to be performed in this project. 


NOW, THEREFORE, Be It Resolved by the Oregon State Highway 
Commission of the State of Oregon that the following rates for the 
respective trades or occupations listed below shall be and are here- 
by fixed as the minimm hourly wage rates and have been determined 
in accordance with rates prevailing for work of a similar nature in 
the locality in which the project is to be constructed: 


Brick layers $1.50 
Carpenters 1.00 
Concrete finishers 1.123 
Electricians 1.00 
Glaziers 1.00 
Hoisting engineers (1 drum) 1.00 
Wood and metal lathers 1.3% 
Mortar mixers 0.90 
Painters 1.00 
Plasterers 1.37% 
Plumbers 1.25 
Sheet metal workers 1.00 
Truck drivers 0.624 
Laborers, common 0.62% 
Laborers, building trades 0.75 


Be It Further Resolved that the foregoing list of trades 
or occupations includes to the best of our knowledge all the classi- 
cations of employees who will be engaged in work on said project 
other than executive, supervisory, administrative, clerical, or 
other non-manual workers es such. 


A telegram was presented from Douglas Puckett, Klamath Falls, re- 


questing authority to transport logs during Saturday afternoons and Sundays 
over the Klamath Falls-Lakeview Highway from Bly to a point 12 miles easterly 
thereof, and over the Green Springs Highway from Weyerhaeuser Junction to a 
point 3 miles westerly thereof. The Engineer recommended the granting of this 
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Be It Further Resolved that the foregoing list of trades 
or occupations includes to the best of our knowledge all the classi- 
fications of employees who will be engaged in work on said project 
other than executive, supervisory, administrative, clerical, or 
other non-manual workers as such. 


A RESOLUTION ESTABLISHING MIWIMUM WAGE RATES TO BE PAID BY 
CONTRACTORS FOR LABOR ON THE NORTHWESTERN OREGON ROCK PRODUCTION 
PWA DOCKET NO. OREGON 1372-F 


WHEREAS, a thorough investigation has been made of the 
hourly wage rates which are being paid in Linn, Lincoln, Clatsop, 
and Marion Counties, which is the locality in which the proposed 
project (hereinefter referred to as "project") is to be constructed 
by the Oregon State Highway Commission, to employees in each trade 
or occupation engaged in work of a nature similar to the work to be 
performed in the constructicn of said project, and the prevailing 
hourly wage rates being paid in such locality to such employees for 
such work have been determined by an examination of the wage rates 
paid on various jobs as listed in our letter of October 1, to Mr. 
C. C. Hockley, which work is comparable to the work to be performed 
in this project. 


NOW, THEREFORE, Be It Resolved by the Oregon State Highway 
Commission of the State of Oregon that the following rates for the 
respective trades or occupations listed below shall be and are hereby 
fixed as the minimum hourly wage rates and have been determined in 
accordance with rates prevailing for work of a similar nature in the 
locality in which the project is to be constructed: 


Stationary drag scraper operator (up to 1C.Y. cap.) $ .9 
Stationary drag scraper operator (over 1 C.¥. cap.) 1.123 
1 


Powderman 200 
Jackhammer man 75 
Oiler 80 
Crusher feeder 75 
Truck driver (3 tons and over) 85 
Truck driver (13 tons to 3 tons) 15 
Power shovel operator (over 1 C.¥. capacity) 1.50 
Power shovel operator (1 C.Y. and under) 1.25 
Compressor operator 1.00 
Common labor «50 


Be It Further Resolved that the foregoing list of trades 
or occupations includes to the best of our knowledge all the classi- 
fications of employees who will be engaged in work on said project 
other than executive, supervisory, administrative, clerical, or 
other non-manual workers as such. 
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vehicle fund due and payable on December 15, 1938, to enable the county to 
pay this bonded indebtedness when due. The Attorney advised that the Commis- 
sion has legal authority to grant this request if it so desires. The Commis- 
sion decided, in view of this opinion, to assist the county in this matter 
and thereupon signed a letter directed to the Secretary of State, as required 
by law, authorizing the Secretary of State to make such advance payment of 
$4,132 to Deschutes Count; on or before the first day of November, 1938, and 
requesting that such amount be deducted from the next payment or allocation 
due Deschutes County out of the motor vehicle fund. The Secretary was in- 
structed to inform the county treasurer of the action taken. 


A letter was presented from H. B. Brady, Eugene, in which the Com- 
mission was urged to adopt immediately a permanent route for the Pacific High- 
way through Eugene so as to permit property owners to improve and develop 
their properties in accordance therewith. The Attorney was instructed to in- 
form Mr. Brady that the Commission has already ordered a survey to determine 
such permanent routing of this highway, but it would not be possible, because 
of shortage of funds, to undertake the survey before January 1, 1939. Fur- 
ther, that in view of the importance of the matter it is not likely that a re- 
port would be ready for study by the Commission for about a year after the 
survey is completed. 


A letter was presented from Joseph R. McCready, City Attorney of 
Forest Grove, with respect to the rerouting of the Tualatin Valley Highway 
along "B" Street in that town, south of Pacific Avenue. Mr. McCready pointed 
out that if the highway is rerouted on "B" Street it will necessitate the ac- 
quisition of two blocks of right of way on which it is tentatively planned to 
construct a large warehouse, and the City Council wishes to know what plans 
the Commission has for the highway improvement and whether or not the Council 
should discourage the construction of buildings on such proposed right of way. 
The Secretary was instructed to inform Mr. McCready that the State Highway 
Commission is interested in the matter of rerouting the highway on "b" Street 
because it will avoid the crossing of several railroad tracks and will elin- 
inate two right-angle turns in the present route, but the Commission does not 
have funds available to finance the improvement at the present time. Further, 
that the Commission would appreciate anything that the City Council can do to 
discourage the sale or development of the property required for right of way 
and the construction of buildings thereon, so that if and when the project 
comes up for construction no delays will be encountered on account of right 
of way difficulties. He was also instructed to inform Mr. McCready that this 
action of the Commission is not to be considered as a commitment or promise 
in any way with respect to the proposed rerouting of this highway or the con- 
struction of the same. 


A letter was presented from the Myrtle Point Chamber of Commerce 
urging the Commission to designate as 4 secondary state highway the old Coos 
Bay Wagon Road from Roseburg to a place known 4s Sitkum, thence to Myrtle 
Point, and the construction of the same as such at the earliest possible time. 
The Engineer advised that the Commission has heretofore received requests for 
the designation of the old Coos Bay Wagon Road as a secondary highway from 
Roseburg to Marshfield. After discussion the Commission decided unanimously 


OCT 20 1938 


8450 


request in view of the fact that travel over these highways at this time of 
the year is not very heavy. The Commission approved the recommendation sub- 
ject te the condition that log hauling on those days shall be discontinued in- 
mediately in the event that the Commission finds that an undue hazard to other 
traffic is created. 


' The Commission had under consideration a request from the County 
Court of Clackamas County that the Commission advertise for and rezeive bids 
in behalf of the county for the construction of the "Shipley Bridge" over the 
Tualatin River on Market Road No. 12, in Clackamas County. The Ingineer ex- 
plained that the County Court proposes to build this bridge as a P.W.A. proj- 
ect and is simply asking the Commission to receive bids for them so as to se- 
cure the advantages and benefits of the Commission's advertising medium, but 
the County Court expects to make the award of the contract and to pay all of 
the costs incident thereto. He recommended approval of the County Court's 
request. The Commission by unanimous vote approved the recommendation and au- 
thorized the Engineer to handle this matter in the same manner as similar mat- 
ters have been handled in the past. 


A petition was presented from Lorane Grange No. 54, Lorane, Oregon, 
bearing the names of 93 residents of this district, in which the Commission 
was requested to oil the Territorial Secondary Highway, in Lane County, south 
from a place mown as Gillespie Corners, through Lorane, to the Addison Lum- 
ber Company's mills, a distance of afproximately 10 or 12 miles. ‘The Commis- 
sion denied the request for construction this year on account of lack of 
funds to finance the same but agreed to give the project consideration in the 
formulation of future construction programs, although it could not hold out 
much encouragement that the work would be undertaken in the near future. The 
Secretary was instructed to so inform the petitioners. 


The Secretary presented a letter from Ruth M. Shearer, County Treas- 
urer of Deschutes County, requesting, in behalf of Deschutes County Court, an 
advance of a portion of Deschutes County's share of the motor vehicle license 
funds that are due and payable on December 15, 1938, so as to permit the coun- 
ty to pay off road-warrant indebtedness. There was also presented a certifi- 
cate prepared by the said treasurer at the request of the County Court, set- 
ting forth the requirements of the county in that regard and formally request- 
ing an advance of 44,897.77 on or before Nowember 1, 1938. The Attorney ad- 
vised that the law which authorizes the Commission to make advance payments 
to the several counties applies only to payments for road bond indebtedness, 
either principal or interest, but does not include other indebtedness; hence, 
in his opinion, the Commission is without authority to authorise the Secre- 
tary of State to advance the amount requested, which is for the payment of 
warrants. In view of the Attorney's opinion, the Commission denied the re- 
quest and instructed the Secretary to inform the county treasurer of the rea- 
sons therefor. 


The Secretary also presented a letter and a certificate from Ruth 
M. Shearer, Deschutes County Treasurer, setting forth the amount of Deschutes 
County's bonded indebtedness that is due and payable on November 1, 1938, 
and requesting an advance of $4,132 of Deschutes County's share of the motor 
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who urges the improvement of the Tualatin Valley Highway between Sylvan and 
Beaverton by straightening and widening for four lanes of traffic. The Com- 
mission denied the request because of lack of funds to finance such improve- 
nent. : 


A petition was presented signed by 109 residents of Hillsboro and 
vicinity, in which the Commission was requested to oil a four-mile section of 
the Hillsboro-Woodburn Secondary Highway northwesterly from Scholls to a 
point known as Campbells Bridge. The Commission denied the request on ac- 
count of lack of funds to finance the project but agreed to inspect the proj- 
ect the next time it is in that vicinity. 


Reconsideration was given by the Commission to the construction of 
the 3rd Street grade separation project in Bend, and a request from Mr. Rob- 
ert W. Sawyer, Bend, that the contract for this work be awarded this fall 
rather than next year. The Engineer was instructed to inform Mr. Sawyer 
that, from a study of the Commission's finances, it does not appear possible 
to place this work under contract this fall, but the Commission will give the 
matter serious consideration in the event that conditions should change, mak~ 
ing it possible to advertise the project for bids sooner than is now expected. 
In order to expedite the project when funds are available to finance it, the 
Commission authorized the securing of ootions for needed right of way for the 
same, and the filing of an application-with the Public Utilities Commissianer 
for a hearing with respect to the elimination of the present grade crossing, 
as is required by law. 


Reconsideration was also given by the Commission to advancing the 
construction of the Roseburg-Shady Point Section of the Pacific Highway, in 
Douglas County, which project has been deferred because of lack of funds to 
finance the same. The Engineer was instructed to inform the Roseburg Chamber 
of Commerce, which made an urgent pleaata previous meeting for the contract- 
ing of the work this year, that the Commission does not believe it possible 
to comply with its request, but will advertise the project for bids to be 
received this fail in the event that the Commission's finances improve, and 
in any event will be glad to reconsider the matter in the early spring. 


The Commission considered and referred to the Fngineer for attention 
a letter from the Oregon State Game Commission with respect to a certain grav- 
el pit located on the Game Commission's Pendleton Game Farm; also concerning 
the matter of maintaining signs directing the general public to the game farms 
and fish hatcheries. 


The Attorney brought up for discussion the matter of the disposal 
of the old right of way of the Oregon Coast Highway in the vicinity of Nels- 
cott, Lincoln County. He advised that some time prior to 1931 right of way 
was acquired for the construction of this highway over a new alignment in the 
vicinity of Nelscott, and that the Mighway was reconstructed on such align- 
ment in 1931, which left parts of the old road beyond the limits of the standard 
80-foot right of way; further, that it was not until 1936, some five years 
after the reconstructed road was put into use, that the Highway Commission 
took action preserving the fragments of land within the old highway right of 
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not to place either of these roads m the state secondary highway system at 
the present time because there are no funds available to finance improvement 
of the same, and for the further reason that the mileage of secondary highways 
in Coos County is much greater now than the county is entitled to, comparing 
the mileage with that of secondary highways in the other counties of the state. 


The Secretary presented a letter from H. W. Goff, City Recorder of 
Waldport, requesting, in behalf of the Waldport City Council, the oiling of 
the Oregon Coast Highway full width between curbs from the south end of the 
Alsea Bay Bridge to the sea wall south of Waldport. The Commission ordered 
that the City Council be informed that the Commission does not have funds 
available to finance this work at the present time but will consider it in 
the formulation of next year's construction program, although such considera- 
tion does not carry with it any commitment or promises. 


A letter from G. Clifford Barlow, Warrenton, asking the Commission 
to set a definite date for the inspection of the road leading from the Oregon 
Coast Highway to Fort Stevens,had the attention of the Commission. It was 
decided that Chairman Cabell and the Engineer should inspect this road some 
time during the coming week, a definite date to be set later. 


A letter was presented from Earl C. Reynolds, Executive Secretary, 
Klamath County Chamber of Commerce, transmitting a newspaper item from the 
Klamath News and Herald of Monday, September 26, 1938, relative to the hazard 
that exists at the Lost River Bridge crossing south of Klamath Falls on The 
Dalles-—California Highway. The Commission ordered the communication acknow- 
ledged and filed. 


The Commission discussed a letter from Frank T. Morgan, Secretary 
of the Nyssa Commercial Club, pointing out the need for the oiling of the 
Old Oregon Trail, full width between curbs, through the town of Nyssa, and 
requesting that such oiling work be done this fall. The Commission denied 
the request in view of the fact that there are insufficient funds available 
to finance the work this year and for the further reason that it is consid- 
ered advisable to do this work in connection with the contract for the elimi- 
nation of the railroad grade crossing in Nyssa when such contract is awarded. 


The Commission considered and ordered filed a letter from The Dalles 
Chamber of Commerce opposing a proposal to issue $18,000,000 of highway bonds 
to finance highway construction work. 


The Commission also considered and ordered filed a letter from Mrs. 
William Hanley acknowledging receipt of an engrossed copy of a resolutiun 
adopted by the Commission in honor of the late Mr. William Hanley, former 
State Highway Commissioner, and thanking the Commission for the same. 


A letter was presented from W. E. Milburn, Salem, requesting per- 
mission to operate a concession in one of the state highway department shop 
buildings in Salem. The Commission denied the request as e matter of policy- 


The Commission discussed a letter from B. G. Brockway, Portland, 
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NOW, THEREFORE, the premises being in general as above 
stated, it hereby is resolved by this Commission, all members be- 
ing present and affirmatively voting, 4s follows: 


1. That the resolution adopted by this Commission on 
January 9, 1936, by which resolution there was preserved and kept 
for public purposes certain areas of real property confined within 
the limits of the right of way of the Otis-Siletz River Section of 
the Oregon Coast Highway as said highway was formerly located, be 
and saic resolution hereby is amended as follows: 


The area confined between Highway Engineer's Station 
1012+25 and Station 1020+10 and the area between Highway 
Engineer's Station 1021+35 and Station 1023+75 be and the 
same hereby are eliminated from said resolution and said 
parcels of real property hereby are left to revert to the 
abutting property owners and shall no longer be consid- 
ered a part of the right of way of said highway. 


2. Be it further resolved that the Engineer be and he 
hereby is instructed to correct the map attached to said original 
resolution to correspond with this action now taken by the Commis- 
sion. 


3. Be it further resolved that the Secretary be and he 
hereby is instructed to send by mail to the County Court of Lincoln 
County a certified copy of this resolution. 


The Attorney was instructed to convey this information to the prop- 
erty owers who are affected by the same. 


The Commission had under consideration the following requests for 
extensions of time within which to complete highway construction projects: 


R. I. Stuart & Sons, Contract No. 1975, for furnishing crushed 
rock in stock piles for the Klamath Falls Rock Production Project 
on state highways in Klamath County, requested an extension of time 
from September 30, 1937, to October 15, 1938, within which to com- 
plete this project. They alleged that bad weather conditions in- 
terfered with the progress of their work and it was necessary for 
them to close down their operations for several months because of 
snow and rain. The Engineer advised that the contract was awarded 
on April 27, 1937, but the work was not started until July 29,1937. 
He further advised that in his estimation there is no good reason 
for the contractors! failure to complete the project within the 
specified time timit, as weather conditions were no worse than 
could be expected in that part of the state. He also advised that 
the contractor furnished 800 cubic yards of material under this con- 
tract for use in Division No. 3, which took 7 days' time to manu- 
facture. The general public, he said, has not been inconvenienced 
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way for highway purposes, during which time property omers in some instances 
assumed that the normal operation of law had taken effect and that such frag- 
ments of land had reverted to the abutting property owmmers, and on that as- 
sumption properties changed hands and improvements were made, some of which, 
it is now found, encroach upon state property. These property owners, he 
said, are now asking the state to give them this property, in view of their 
misunderstanding, which is causing them considerable embarrassment. 


The Attorney pointed out that it is now the practice of the State 
Highway Commission, when a revision is made in state highway alignment, to 
adopt a resolution, either retaining the old right of way for highway purpos- 
es; or, if it is not needed by the state, abandoning the same and allowing 
such fragments to revert to the county court or to the abutting property owm- 
ers. He gave as his thought that if the Commission's authority were chal- 
lenged in connection with the properties under consideration, the Court would 
hold against the Commission on the ground that too much time has elapsed be- 
tween the adoption of the new alignment and the resolution preserving the 
eliminated fragments of the old right of way. He suggested that, in order to 
clarify this situation, it would be advisable for the Commission to adopt 4 
resolution modifying its previous resolution by eliminating therefrom the 
parcels of land which are now in controversy. 


After considerable discussion, the Commission decided to let the 
property owners have the fragments of the old right of way that abut upon 
their respective holdings, provided they purchased their properties in good 
faith and with the understanding that they then owed all of the land up to 
the right of way of the new highway, but not otherwise. The following reso- 
lution in regard thereto wes adopted by the Commission by unanimous vote: 


WHEREAS, the Commission on January 9, 1936, adopted a reso- 
lution by which certain fragments of real property formerly within 
the limits of the right of way of the Oregon Coast Highway in the 
vicinity of Nelscott were preserved and kept for public purposes; and 


WHEREAS, it appears that said highway at said place was re- 
constructed over the new alignment in 1930, but the resolution pre- 
serving for public purposes fragments of land formerly within the 
limits of the old right of way but not incorporated within the lin- 
its proper of the new alignment was not adopted until January 9, 
1936, during which time in certain instances improvements had been 
made on abutting properties on the theory that the area of land with- 
in the limits of the old right of way but not within the limits of 
the new right of way proper had been left to revert to the abutting 
property owner; and 


WHEREAS, it is the opinion of the Commission that in in~ 
stances where abutting property owners have made improvements on 
their property or dealt with their property on the theory that the 
said fragments had reverted to them and become a part of their prop- 
erty, seid resolution adopted January 9, 1936, should be modified 
or amended in the manner and to the extent hereinafter set out; 
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days' time lost because of an order of the Engineer closing work 
from December 17, 1937, to April 13, 1938; (2) 8 days' timeglost 
in securing an even settlement of the grade, necessitating the use 
of dynamite, and to remove surplus dirt from the toe of the fill; 
(3) 3 days" time lost in eliminating soft spots in the grade and re- 
filling same; (4) 7 days' time lost in construction of more riprap 
than was specified in the contract; (5) 20 days' time lost on ac- 
count of increase in excavation quantities. The Engineer advised 
that the reasons given by the contractor for failure to complete the 
contract within the specified time limit are substantially correct. 
He recommended that the extension requested be granted without pen- 
alty and presented a letter from the Bureau of Public Roads concur- 
ring therein. The Commission approved the recommendation unanimously. 


Berke Bros., Inc., Contract No. 2005, for clearing the Arch 
Cape-Beach Creek Section of the Oregon Coast Highway, in Clatsop 
and Tillamook Counties, requested an additional extension of time, 
from July 31 to September 9, 1938, within which to complete this 
job. They alleged that their failure to complete the project with- 
in the specified time limit was due to the fact that they were or- 
dered by the State Forest Ranger to close down their operations 
during the fire hazard season. The Engineer advised that Berke Eros. 
completed all of their work except the burning operations within the 
time limit specified in the contract; but, due to the dry, hazardous 
condition existing, were unable to secure permits for the burning 
operations, so final cleanup of the job was not completed until Sep- 
tember 9, 1938. He gave as his thought that all of the work could 
have been completed within the specified time limit if the operations 
had been carried on in the proper manner, and accordingly recommend- 
ed that the extension requested be granted but that the contractor 
be charged for the extra engineering expense incurred by the state 
subsequent to the date of completion specified in the contract. He 
presented a letter from the Bureau of Public Roads concurring there- 
in. The Commission approved the recommendation unanimously. 


Roy L. Houck, Contract No. 2017, for furnishing crushed rock 
in stock piles for the Eddyville-Blodgett and Corvallis-Newport High- 
ways, in Lincoln County, requested an extension of time from June 30 
to September 17, 1938, within which to complete this job. Mr. Houck 
alleged that bad weather conditions were the direct cause of his 
failure to complete the project within the specified time limit. 
The Engineer advised that the contract was awarded on October 22, 
1937, with a provision that it should be completed by June 30, 1938. 
Further, that Mr. Houck made an effort to get the job started during 
the fall, but made very little progress because of rainy weather, 
and he was not able to move his equipment to the quarry site until 
late in June of this year. He further advised that the delay has 
caused no inconvenience either to the state or to the traveling pub- 
lic. In view of the circumstances, he recommended that the exten- 
sion of time now requested be granted without penalty. The Commis- 
sion approved the recommendation by unanimous vote. 
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by the delay in completing this contract within the specified time 
limit and the state has not been handicapped by lack of materials 
although the cost of engineering supervision is considerably more 
than it would have been had the contract been completed within the 
specified time. He recommended, in view of the circumstances, 
that the extension requested be granted but that the contractor be 
charged for the extra engineering expense incurred by the state 
subsequent to the specified completion date except that incurred 
on the first 7 days immediately following the specified date of 
completion, as time allowance for furnishing the 800 cu. yds. of 
materials for delivery in Division No. 3. The Commission approved 
the recommendation by unanimous vote. 


Roy L. Houck, Contract No. 1979, for grading the Lamb Creek- 
Sheep Ridge Section of the South Santiam Highway, in Linn County, 
requested an extension of time from December 15, 1937, to November 
1, 1938, within which to complete this job. He alleged that he 
was not able to begin grading work until August 25, 1937, being 
held up by the progress of work on an adjoining job. Also, that 
on November 6, 1937, he was ordered by the engineer to suspend op- 
erations until 1938 because of the wet condition of the soil. He 
also alleged that numerous slides occurred during the progress of 
the work and he was required to remove them, which took consider- 
able extra time. The Ingineer advised that he ordered the contrac- 
tor to close down the work for the winter season on November 6, 
1937, which was 38 days prior to the date of completion of the con- 
tract as specified in the contract, thereby entitling him to a 38- 
day extension of time without penalty, or until July 20, 1938, in- 
asmuch as he resumed operations, following the winter close-—down, on 
June 13, 1938. He also advised that the yardage to be moved on this 
job was increased from 199,000 cubic yards to 260,000 cubic yards, 
or approximately 30 percent, due to slides. He gave as his thought 
that the contractor should be allowed an extension of time equal 
to 30 percent of the time specified in the contract for completion 
of the work, to offset the extra time that it took to remove the 
slide material, and that this time allowance should start on July 
20, 1938, the end of the extra period allowed him because of being 
required to close down his operations during the winter months. 

He recommended, therefore, that the extension now requested be 
granted subject to the condition that the contractor be charged for 
the extra engineering expense incurred by the state subsequent to 
October 1, 1938. A letter was presented from the Bureau of Public 
Roads concurring therein. The Commission approved the recommenda- 
tion by unanimous vote. 


Mountain States Construction Company, Contract No. 1996, for 
construction of the South Yamhill River Bridge and Underpass, on 
the Pacific Highway West, in Yamhill County, requested an extension 
of time from February 28, 1938, to July 27, 1938, within which to 
complete this project. They gave the following reasons for failure 
to complete the project within the specified time limit: (1) 117 
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The Commission reconsidered the matter of acquiring extra right of 
way for the East Portland-Oregon City Highway in the city of Oregon City, 
which metter was discussed earlier in the session. The following resolution, 
authorizing the Attorney to commence condemnation proceedings to acquire such 
right of way across the holdings of the Security & Investment Company of Ore- 
gon City and R. A. Schofield and R. W. Knoefel, was adopted by the Commission 
by unanimous vote, upon motion of Commissioner Aldrich, which was duly second- 
ed by Commissioner Tou Velle: 
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WHEREAS, the State Highway Commission is by law author- 
ized and directed to lay out, locate, designate, construct, improve, 
and maintain a system of state highways in the State of Oregon, and 
to acquire rights of way and to declare the necessity and need for 
the acquisition thereof, and the advantages to be gained thereby; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission as follows: 


1. That the State Highway Commission does hereby find 
and declare that it is necessary and will be of advantage to the 
State of Oregon and there is need that the State acquire for right 
of way purposes in connection with the permanent location, con- 
struction, improvement, and maintenance of the following section 
or sections of the state highway system of the State of Oregon, to 
wit: 


Oregon City Section of the East Portland-Oregon City 
Highway 


land and perty owned by or in possession of the following par- 
ties and/or persons, to wit: 


3056 Security & Investment Company of Oregon City 
3053 R. E. Schofield and R. W. Knoefel 


as their respective interests may appear, and this Commission does 
hereby declare further that the saig property or properties arcs nec- 
essary, are needful, and the acquisition thereof will be of advan- 
tage to the State of Oregon for right of way purposes in order to 
make it possible for the State Highway Commission to properly lo- 
cate, construct, and maintain said portion or portions of the said 
state highway system in accordance with standards adopted by this 
Commission relative to curveture, grades, alignment, drainage, and 
factors of safety. 


2. That the State Highway Engineer be and he hereby is 
instructed and directed to properly survey the parcel or parcels of 
land required for such right of wey purposes and prepare proper 
and adequate descriptions thereof, which descriptions shall be em- 
ployed in the preparetion of a deed or deeds or other instrument 


OCT 20 1938 


The Engineer reported that Contracts Nos. 1996, 2017, 2041, 2063, 
2087, and 2093, for the construction of state highway projects, have been con- 
pleted according to the terms and provisions of the contracts or modifications 
thereof and said jobs are now ready for acceptance. The following resolution 
accepting the above projects was offered and was adopted by the unanimous vote 
of the Commissioners present: 


WHEREAS, the Engineer has reported that the following 
State Highway Commission contracts for the construction of state 
highway projects have been completed according to the terms and pro- 
visions of the contracts and that said jobs are now ready for accep- 
tance: 


Contract No. 1996, with Mountain States Construction 
Company, for construction of a bridge over the South Yam- 
hill River and construction of a subway under the Southern 
Pacific Company's tracks on the South Yamhill River Section 
of the Pacific Highway West, in Yamhill County. Completed 
July 27, 1938. 


Contract No. 2017, with Roy L. Houck, for producing 
crushed rock for the Eddyville Rock Production Project on 
the Corvallis-Newport and Eddyville-Blodgett Highways, in 
Lincoln County. Completed September 17, 1938. 


Contract No. 2041, with J. F. Johnston, for construc-~ 
tion of a bridge on the West Fork Dairy Creek Section of 
the Nehalem Secondary Highway, in Washington County. Com- 
pleted August 8, 1938. 


Contract No. 2063, with Mountain States Construction 
Company, for paving the Siuslaw Junction-Ross Station Sec- 
tion of the Pacific Highway, in Lane County. Completed Oc- 
tober 14, 1938. 


Contract No. 2087, with H. L. Rice, for grading, sur- 
facing, and oiling the Chenoweth Creek-The Dalles Section 
of the Chenoweth County Road, in Wasco County. Completed 
September 30, 1938. 


Contract No. 2093, with Harold Blake, for grading and 
surfacing the Dixonville Section of the North Umpqua County 
Road, in Dougias County. Completed October 8, 1938. 


THEREFORE, BE IT RESOLVED, that the work covered by said 
state highway contracts for the construction of said state highway 
projects be declared completed according to the terms of the respec- 
tive contracts, and said jobs are hereby accepted and final payment 
in connection with each is hereby authorized. 
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Agreement with Hattie Cieslak and Leo Cieslak concerning & 
lease on property which was acquired by the state from Fred Volz 
at Silver Creek Falls State Park, in Marion County. 


+ with the City of Eugene relative to the award of 
a contract for the installation of traffic signals in Eugene. 


Agreement with Minnie T. and Frank H. Reed relative to the 
acquisition of right of way for the Upper Columbia River Highway 
across the Reeds' property, in Multnomah County. 


Easement agreement with Minnie T. and Frank H. Reed relative 
to the location and maintenance of a dock on state property ac- 
quired from the Reeds. 


Bargain and Sale Deed conveying unto E. H. Moore and Anna M, 
Moore 0.5 acre of land situate in the N.E.2 of the S.E.3, Section 
25, T. 1 S., Re 16 E., W.M., Sherman County. Right of way trans- 
action No. 5534. 


Bargain and Sale Deed conveying unto Jettora Asbehr 324 sq. 
ft. of land situate in Lots 33 and 34 of Block 43, Kenton, in the 
city of Portland. Right of way transaction Nos. 5057 and 5065. 


Warranty Deed conveying unto Antoa Roskoski and Eva Roskoski 
7,400 sq.ft. of land situate in Lots 3, 4, 5, 6, and 7 of Block 3, 
Kenview, in the city of Portlend. Right of way transaction No.5079. 


The Commission had under discussion the setting of dates for its 
next regular meetings to be held in November and December, 1938, and decided 
to postpone the November meeting which was previously scheduled for November 
9 and 10, 1938, one week, to Thursday and Friday, November 17 and 18, 1938. 
The Commission decided to hold its December meeting on Thursday, December 22, 
1938, and, if a two-day session is required, to start the meeting on Wednes- 
day, December 21, 1938, The Secretary was instructed to make the usual ar- 
rangements to hold these meetings in the auditorium of the Public Service 
Building, Portland. 


There being no further business to come before the Commission at 
this time, the meeting was adjourned at 4:30 o'clock p. m. 
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or instruments necessary to complete the acquisition of the said 
property or properties or which descriptions may be used in the 
preparation of a complaint in the event that condemnation proceed- 
ings are necessary. 


3. That the boundaries of the said parcel or parcels of 
land, as defined and determined by the said survey made by the said 
Highway Engineer, along the route or location adopted by the High- 
way Commission, shall be and the same hereby are adopted and the 
lands defined therein are hereby declared to be anid the same are in- 
cluded within the rights of way of the said portion or portions of 
the said state highway system and hereby are declared to be neces- 
sary for the proper location, improvement, construction, and main- 
tenance of the said portion or portions of the state highway system. 


4. That I. H. Van Winkle, Attorney General of the State 
of Oregon, and J. iM. Devers, Assistant Attorney General and Attor- 
ney for the State Highwey Commission, be and they are hereby re- 
quested, authorized, and directed to attempt to agree with the owm- 
er or owners and/or with the tenants or persons in possession, if 
there be any, of said parcel or parcels of land with respect to the 
compensation to be paid for the taking of the same and the damage, 
if there be any, and in the event that no satisfactory agreement or 

ts can be reached, then it is hereby further resolved that 
the Attorney General of the State of Oregon and J. M. Devers, As- 
sistant Attorney General and Attorney for the State Highway Commis- 
sion, be and they hereby are requested to commence and prosecute 
to a final determination such suit or action, or suits or actions, 
as may be necessary and appropriate to acquire title to the said 
premises and all rights therein for the purposes herein stated. 


5. That this resolution be entered in full in the min- 
utes and records of this Commission. 


The Commission considered and signed the following agreements, et 


Agreement with Deschutes County providing for the payment of 
the county's indebtedness to the state, for the construction of 4 
1.2-mile section of Century Drive Secondary highway, at Bend, 
amounting to $2,900.00. 


Agreement with the Portland General Electric Company relative 
to the, construction of a power transmission pole line across Silver 
Creek Falls State Park, in Marion County. 


Agreement with W. H. Kay, Coquille, relative to the mainten- 
ance of a logging road over and across Humbug Mountain State Park, 


in Curry County. 
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The Engineer pointed out that snow conditions on this road are quite 
pad; also, that while the road stands at the head of the list of county roads 
in Deschutes County from the standpoint of solvency, it is an expensive one to 
construct. He estimated that it would cost between $50,000 and $60,000 to put 
the road in proper condition. 


Chairman Cabell advised that state funds available to the Commission 
are very limited and that the only money the Commission has for improvement of 
this class of road is the federal aid secondary highway funds which the Commis- 
sion is allocating to county roads and state secondary highways. He gave as 
his thought in view thereof that the improvement would be completed sooner 4s 


a federal aid secondary highway project than as 4 state secondary highway proj- 
ect. 


County Judge Lyon advised that the County Court is not particuler 
how the project is financed, but their concern is to secure the improvement at 
the earliest possible time. Mr. Butler concurred and added that they have 
waited twelve years for a good road and feel that they should have it now. 


The Engineer then suggested that the improvement be undertaken as & 
federal aid secondary highway project when posible to finance it, and when 
construction is done that the Commission designate it as a state secondary 
highway. He pointed out that if the work is done in this manner it would be 
up to the county to furnish the right of way and to maintain the road until 
the state took it over. The entire improvement, he said, could be completed 
sooner in this manner than if the road were placed on the state secondary 
highway system now. The members of the County Court and Mr. Butler all ap- 
proved the Engineer's suggestion. 


The Engineer then explained the condition of the Commission's fi- 
nances. As @ matter of information only he advised that the Commission could 
not possibly do the work next summer and it appears that the best the Commis- 
sion could do would be to include the project in the 1940 federal aid second- 
ary highway program, and if that were done the work might be placed under con- 
tract in the fall of 1939. 


Mr. Butler urged earlier construction, if possible. He was informed 
by Chairman Cabell that it does not appear possible to advance the improvement 
unless the Commission's finances look much better next spring than they do now. 


After further discussion the Engineer's suggestion for the construc- 
tion of this project was approved by all parties including the members of the 
State Highway Commission, the County Court, and the Bend Chamber of Commerce. 
It was agreed that the County Court would file a formal petition requesting 
that this job be given preferer e over others for the first federal aid sec-~ 
ondary highway funds that becol : available to the Commission for allocation. 
The County Court agreed to hold intact the $5,000 of county funds that it has 
available for this improvement and to pay the same over to the State Highway 
Commission when the Commission is ready to use it. The members of the County 
Court agreed to write a letter to the State Highway Commission setting forth 
in detail what it would do in this regard. 
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Bend, Oregon, November 14, 1938 


The State Highway Commission conferred with members of the Deschut<; 
County Court and a delegation of local citizens at 10:00 o'clock a. m. in the 
Pilot Butte Inn relative to several road matters in Deschutes County. Pissent 


were: 


Henry F. Cabell, Chairman 
E. B. Aldrich, Commissioner 

F. L. Tou Velle, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


Also present were: County Judge C. E. Lyon; County Commissioners Wm. Baer and 
Millard T. Triplett of Deschutes County; Ernest Butler, farmer; Don Peoples, 
Secretary of the Bend Chamber of Commerce; Mr. McCallister; and others. 


The first project mentioned was the proposed rerouting of the Cen- 
tury Drive Secondary Highway along Riverside Drive to Franklin Street, which 
would eliminate one right-angle turn in the present route and would provide a 
direct connection with The Dalles-California Highway on Frenklin Street. The 
proponents of this route urgedits adoption from the scenic as well as the 
safety standpoint. They pointed out that Riverside Drive borders the city 
park which overlooks the Deschutes River and affords a very attractive view 
for tourists. After considerable discussion the Commission indicated a fevor- 
able attitude toward this change but deferred definite action thereon, It 
was explained to the delegation that the Commission cannot act on the matter 
until it has received a formal request from the Coupty Court to make the change 
and until a public hearing has been held on the matter as jis required by stat- 
ute. The County Court advised that it would present such request to the Com 
mission in the near future. The Commission decided tentatively to hold a pub- 
lic hearing on the matter shortly after the adjournment of the 1939 legisla- 
tive assembly. 


The matter of designating the Butler Market Road as a state second- 
ary highway was then discussed. County Commissioner Baer advised that this 
is one of the most important roads in the county and they are extremely anx- 
4ous that it be reconstructed soon to modern standards of surfacing and oil- 
ing; also, that the road is 6.4 miles in length from its junction with the 
Central Oregon Highway in Bend to its junction with the Powell Butte Secondary 
State Highway, of which distance 5.6 miles is outside of the Bend city limits. 
He said that Deschutes County would contribute the sum of $5,000 toward the 
cost of the improvement outside of the city limits and that the Gity of Bend 
would contribute $650 for iunprovement of the section within the city limits. 
Mr. Butler declared that this road carries more travel than any other county 
road within the county and that it serves dizectly 72 families, many of whom 
cannot be considered as farmers because they are engaged in business in Bend 
and travel the road at least twice daily. He gave as his thought that the 
state would be fully justified in improving the road and that no difficulties 
whatsoever would be encountered in acquiring right of way that may be needed. 


NOV14 1938 


8465 


County Commissioner John Porter, Grant County; Rev. Back and Dan Fisk, Prairie 
City; Herman Oliver, C. R. Schmidt, Wm. Ford, and Orval D. Yocom, of John Day. 


The delegation asked for the improvement of the John Day-Burns High- 
way from the top of the hill south of Canyon City to Seneca. They were in- 
formed that this is a forest highway section, and improvement of the same is 
being financed with forest highway funds under supervision of the United States 
Bureau of Public Roads. Further, that the present road surface is of light 
construction and is being maintained as well as it can be maintained under the 
circumstances. 


The delegation then asked for additional improvements on the John 
Day Highway between the towns of John Day and Prairie City. They were in- 
formed that the Commission is doing the best it possibly can for this highway 
with funds available; and, while federal aid funds are available to allocate 
to this project, they cannot be used because of the federal requirements that 
the federal funds be matched with state funds, and there are no state funds 
available for matching purposes. Chairman Cabell explained in detail the sta- 
tus of the Commission's finances. The State Highway Engineer suggested the 
possibility of allocating some of the 1940 federal aid moneys to the project, 
although it would not be possible to make a definite commitment at this time. 


The delegation then requested improvements on this highway east of 
the town of Prairie City so as to avoid a repetition of the bad condition 
that existed during the past winter. They were informed that the Commission 
has already made arrangements to secure crushed rock for maintenance purposes 
under a P.W.A. contract and this material will be stock-piled for use as oc- 
casion demands, but the Commission does not have sufficient funds to finance 
a type of surfacing that would be good enough to oil, Mr. Oliver particularly 
urged the improvement of the unimproved section between John Day and Prairie 
City. Messrs. Schmidt and Back endorsed Mr. Oliver's request. Mr. Schmidt 
also asked for the oiling of the Joh Day Highway throughout its entire length 
except possibly over Dixie Mountain. 


Chairman Cabell advised that the Commission regrets that it could 
not complete the John Day-Prairie City Section this year and explained that 
it is simply a case of having to defer some of the projects because revenues 
that the Commission anticipated did not materialize. 


The Engineer advised that the road is being maintained in the best 
possible manner under the circumstances and that it would not be possible to 
do any better until the road has been reconstructed, which cannot be done 
now because of the cost involved. He gave as his thought that it would be a 
waste of money to make a temporary improvement. Mr. Oliver concurred. 


After further discussion of a general nature, the meeting was ad- 
journed at 6:45 o'clock p. m. , 
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The matter of removing from the state secondary highway system a sec- 
of the Powell Butte Secondary Highway, extending from its junction with 
the Butler Market Road to the Central Oregon Highway, if and when the Butler 
Market Road is placed cn such system, was considered and it was decided to 


leave this road on the state secondary highway system at least until the other 
road has been constructed. : 


° 


The County Court then asked the Commission to take the necessary 
steps to abandon a short section of the Century Drive Secondary State Highway 
(old route) that is not now being used by highway traffic, since the section 
was reconstructed on new alignment last fall. They advised that one of the 
considerations in acquiring the right of way on the new alignment was that the 
old highway would be turned back to the adjacent property owners, and they 
would like to fulfill their agreement if possible. The Engineer advised that 
the old section is of no value from the state highway standpoint and recom- 
mended approval of the County Court's request. The Commission, after discus- 
sion, approved the Engineer's recommendation by unanimous vote and instructed 
the Attorney to prepare an appropriate resolution covering the matter. (Reso- 
lution adopted at meeting held on November 18, 1938) 


uiry was made by the County Court as to the possibilities of se- 
curing state aid in connection with the construction of a road into the Tumalo 
Creek recreational area which is being developed by the United States Forest 
Service.--They were informed that the Commission has no funds available for 
expenditure on this road at the present time. 


The meeting was adjourned at 11:00 o'clock a. m. 
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Burns, Oregon, November 14, 1938 


The State Highway Commission conferred with a delegation from Grant 
County at 6:15 o'clock p. m. in the Arrowhead Hotel. Present were: 


Henry F. Cabell, Chairuan 

E. B. Aldrich, Gommissioner 

F. L. Tou Velle, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


dembers of the delegation were: County Judge J. H. Allen and 
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Qommission the construction of the following projects on the Olc Oregon Trails 
(1) widening and resurfacing a 6-mile sectiom between Ontario and Payette Spur 
junction; (2) widening the Durkee Undercrossing and flattening the approach 
curves thereto; (3) reconstruction of « 2. Jemile section at Johm Troy Ranch 
about 3 miles east of Pleasant Valley; (4) complete the reconstruction work 
between Muddy Creek and Beker by widening, resurfacing and constructing ditu- 
minous macadam; (5) reconstruct the North Powier-Union Section to modern 
standards; (6) reconstruct the section betwee: Arlington and John Day River; 
(7) reconstruct the highway between The Dali ‘s and Portland to provide 4 suit- 
able road for traffic. Wr. Reynolds advise. that these projects have not been 
listed in accordance with preference but they would present 4 preference pro- 
gram in writing later. 


Chairman Cabell advised that the Commission will be pleased to con- 
sider such projects in the formulation of future construction programs, He 
further advised that the Commission had under consideration today the proposed 
rerouting of the Old Oregon Trail between Ontario and Huntington, which it is 
believed will save considerable mileage over the present route. He gave as 
his thought that a reconnaissance survey of the proposed change should be 
made as soon as possible. Commissioners Aldrich and Tou Velle concurred and 
the Engineer was thereupon instructed to make such survey. 


Chairman Cabell then inquired as to the wishes of the association 
in regard to the building of the proposed Stanfield-Boardman Cutoff Section. 
Mr. Reynolds replied that he personally favored this project but the majority 
of the members of the association opposed it so it is eliminated from their 
program. 


Mr. W. C. Calder, Baker, particularly urged the reconstruction of 
the Trey Ranch Section, which, he said, contains very bad curves. The Bngi- 
neer estimated that such project would cost about $20,000. The Commission took 
no action on the matter. 


The Union County Court, represented by County Judge U. G. Couch and 
County Commissioner Chris Johnson and the following local citizens, in addi- 
tion to Mr. Reynolds, conferred with the Commission: Dick Richards, |. H. 
Bramwell, Mr. Gallee, “Merton Davis, L. K. Kinzel, County Engineer S. B. Mor- 
gan. Judge Couch presented the followigg Union County projects for the Com- 
mission's consideration and advised that they have been approved by the Union 
County Court but have not been listed in order of preference: 


Primary Highways 

1. North Powder-Union Section of Old Oregon Trail, modernization, 

2, Minam to Elgin, on Wallowa Lake Highway, modernization. 

3. Improve curves at Ora Dell Overhead and between Perry and Hilgard, 


Secondary Highways 

1. Hilgard-Starkey. Extend to county line and connect with Forest 
Utilization Road, 4” miles. Also improve present road. 

2. Medical Springs Secondary. Improve to standards of secondary 


roads. First 6 miles originally had a crushed rock surface. 
The remaining 16 miles need completion. 
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La Grande, Oregon, November 15,1938 


The State y Commission conferred with several delegations at 
9:30 o'clock p x. in Sacajawea Hotel following dinner with the Oregon 
Trail Association. Present were: 


H. B. Glaisyer, Secretary 
Mr. Charles H. Reynolds, President of the Oregon Trail Association, presided. 


A delegation from Wallowa County, consisting of County Judge Ben 
Waethers, County Commissioners Harry O. Harmon and Floyd ¥W. Hammack, County 
Engineer Glen Jacob; Arthur Hallgarth, and H. F. Reed of Elgin, was present. 


They asked for the following grojects: (1) oiling of the Interprise- 
Flora Highway from Enterprise northerly to the forest boundary; (2) general 
improvement of the Wallowa Lake Highway, particularly the 2-mile section over 
Minem Hill, which they declared is narrow, crooked, and dangerous to travel. 
The Wallowa Lake Highway project, they said, is a very important one to both 
Wallowa and Union Counties and will be much more important in the future when 
the Enterprise-Flora Highway has been completed throughout, because of the in- 
creased amount of traffic which they anticipate this road will cerry from the 
Spokane territory. They were informed that the Interprise-Flora Highway is 
not on the federal aid highway system and its improvement depends entirely 
upon availability of state funds, except that the northerly end thereof is @ 
forest highway section and could be improved as a forest highway project if 
there were funds to finance it. Further, that there is a question whether or 
not the Commission could improve the section immediately north of Enterprise 
in view of the status of funds, unless perchance the work is done as & feder- 
al aid secondary highway project. 


Judge Weethers asked for the oiling of the Trout Creek Section end 
expressed a hope tiat the Commission would find it possible to grade a 2-mile 
section just south of the Washington State Line to connect with the improve- 
ment completed this year. The Engineer explained the status of the Commis- 


sion's funds and, in view thereof, the Commission advised that it did not 
seem possible to undertake this project next summer. ; 


Mr. Reynolds then introduced members of the Oregon Trail Associe- 
tion as follows: County Judge Chas. E. Baird, Henry McKinney, W. ©. Calder, 
all of Baker; Messrs. W. J. Carlson, G- M. Hesgard, Ira Owen, and Amoth, all 
of Cascade Locks; Messrs. L. K. Kinzel and Lanzer, County Judge U. G. Couch, 


County Commissioners Clyde Myers and Chris Johnson, and County Engineer S. B. 
Morgan, all of La Grande. 


He advised that at a meeting of the Oregon Trail Association held 
in La Grande this dav it was decided to recommend to the State Highway 
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Pendleton, Oregon, November 16, 1938 


The State Highway Commission conferred with a delegation of Umatilla 
County citizens in the Umatille County Courthouse at 11:30 o'clock a. m. 
Present were: 


Henry F. Cabell, Chairman 

E. B. Aldrich, Commissioner 

F. L. Tou Velle, Commissioner 

R. H. Baldock, State Highway Engineer 
H. B. Glaisyer, Secretary 


Local citizens present were: Wm. R. Meiners, County Commissioner; 
Roy Ritner, President of the Pendleton Chamber of Commerce; Roy Raley, Attor- 
ney, Pendleton; C. M. Sly, W. L. Rayborn, Walter Rayborn, J. M. Price, S. A. 
Barnes, and Mr. Hill, Superintendent of the Weston Union High School, all of 
Weston. Mr. Walter Rayborn headed the group. 


They asked for the oiling of the Weston-Elgin Secondary Highway 
easterly from Weston to the end of the present oiled section near Tollgate. 
Mr. Barnes alleged that the present road is narrow, in very bad condition, 
and that it needs straightening and widening as well as an oiled surface. he 
asked the Commission to do this work next summer. He declared that tr-ffic 
demands, in his estimation, justify the improvement. He also urged the in- 
provement from the recreational standpoint and for the development of the rec- 
reational features at Toilgate. ; 


Mr. W. L. Rayborn stated that he is a farmer and lives 6} miles east 
of Weston and is fully acquainted with traffic needs. He recited the history 
of the road and urged its improvement from both the agricultural and recrea- 
tional standpoints. The development of the district served by this road, he 
said, is absolutely dependent upon the improvement of the road. 


Mr. Hill spoke for the improvement from the standpoint of the young 
people of the Basket Mountain District and the Weston Mountain District who 
attend the Weston Union High School. He said that under present conditions 
it is not possible to run a school bus over the road,so pupils cannot live at 
home and attend this school. The improvement of the road, he said, would 
correct this condition. He also declared that the Basket Mountain and Weston 
Mountain districts supply one-half of the pea crop for the local canneries; 
in fact, during the later part of the canning season the canneries depend en- 
tirely on the peas received from these districts to supply them with this com- 
modity, and a good road is needed over which to transport their produce. 


Mr. Price also spoke for the improvement, as did also Mr. Raley who 
gave as his thought that the Highway Commission is morally obligated to oil 
the road. The Pendleton Chamber of Commerce, he said, is 100 per cent in fa- 
vor of this imprdveltient.” 


. Mr. Ritmer, speaking 4s President of the Weston-Elgin Committee 
that was appointed to further the interests of this road, spoke for the same 
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3. Alicel-Lower Cove-Becker Corner-Warm Creek-Cove Road, 13.4 
miles. Extends through a farming commnity and into Cove. 
Desire the state to include this in secondary system. 


4. Cove-Union Secondary: $ miles in length. Now on secondary . 
system and desire to be modernized and brought up to second- 
ary standards. 


5. North Powder-Baker County line, Federal Secondary: 4.8 miles. 
Allocation made for 23 miles. Desire completion to Baker 


Canty line and construction of new bridge over North Powder 


6. Complete oiling of Cove-Island City secondary. 


Mr. Davis said that their most important primary project is the mod- 
ernization of the North Powder-Union Section of the Old Oregon Trail and the 


most t sec ect is the tion of the 
oth nme ondary highway proj comple ° oiling of the 


Hi and the moderniza f 
Soa ak ow e tion of the secondary highway be- 


Mr. Kinzel urged the extension of the Hilgard-Starkey Secondary High- 
way to the Umatille County line arid the construction of some 6 or 7 miles of 
read to connect with the forest service utilization road. 


Judge Couch urged the improvement of the county road which extends 
up the North Powler River from the town of North Powder to the Baker County 
line, including a new bridge over the North Powder River on this road. 


Mr. Reynolds urged the completion and the oiling of the Cove-Island 
City Secondary Highway. He was informed by the Commission that this project 
is on the Commission's program for construction but the Commission is unable 
to state definitely at this time when it will be placed under contract. 


Judge Couch asked the Commission to designate as 4 secondary state 
highway the county road which extends from Alicel easterly to a connection 
with the Island City-Cove Secondary Highway. He was informed by Chairman 
Cabell that it is contrary to the policy of the Commission to place any more 
roads on the state secondary system now; furthermore, the Commission prefers 
to confer with the highway department engineers before making any definite 
commitments to such projects. 


The meeting was concluded at 10:30 o'clock p. m. 
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He pointed out that options have been secured for the acquisition of three of 
the parcels, gratis, and that the value of the other two properties is nomi- 
nal, although there is a possibility that it may be necessary to acquire them 

condematicn. He recommended acquisition of all of the properties listed, 
and litigation, if necessary, to acquire them. The Commission approved the rec- 
ommendation unanimously. 


The Engineer brought up for discussion the matter of conducting 
snow removal operations on the Santiam and North Santiam Highways so 4s to 
keep the North Santiam Highway open for travel throughout the winter season. 
He said that it is the state's responsibility to keep the Santiam Highway 
open over Hogg Pass from Suttle Lake to the junction with tbs North Santiam 
Highway, but the responsibility for the maintenance of the North Santiam High- 
way from its junction with the South Santiem Highway to Detroit, a distance 
of 32.88 miles, rests with the Bureau of Public Roads and Marion County, it 
being the county's obligation to maintain the 6.88 miles at the south end of 
the road and the Bureau's obligation to maintain the balance. The County 
Court, He said, has asked the Highway Department to undertake the snow re- 
moval on the Marion County Section and also to assist the Bureau of Public 
Roads in maintaining travel along its section, if necessary, all of the work 
to be paid for by the county. He estimated that it would cost about $4,000 
to keep the 12-mile section between Suttle Lake and the junction with the 
North Santiam Highway open all winter, and recommended the expenditure and 
the acceptance of the county's offer in view of the fact that in any case the 
state would have to spend a portion of the $4,000 to open the highway early 
in the spring. After discussion the Commission voted unanimously to conduct 
snow-removal operations on these highways in conformance witr the Ingineer's 
recommendation, so long as the cost of such work is being paia by Marion 
County. 


The Engineer reported a request from the Eugene "Ski Laufers" that 
snow-removal operations be conducted on the McKenzie Highway this winter so 
as to keep this road open for two lanes of traffic as far as Pole Bridge Cab- 
in. ‘The Commission by unanimous vote approved a maximum expenditure of 
$1,000 for such purpose. 


he Commission had under discussion the claim of Mr. L. D. Dollar- 
hide, Ashland, for damages that he alleges occurred to his property south of 
Ashland by reason of the construction of the Siskiyou Section of the Pacific 
Highway. Mr. Dollarhide alleges that several acres of his land have been ren- 
dered valueless by reason of slides caused by the highway construction and is 
demanding payment of $500 for the settlement of his claim. After consider- 
able discussion the Commission authorized the payment of $50 to Mr. Dollar- 
hide provided he will sign 4 statement releasing the state from responsibili- 
ty for damage that has occurred in the past and any that may occur in the fu- 
ture. The matter was referred to the Attorney for handling. 


A letter was presented from Mrs. Ida M. Odell, Klamath Falls, Regent 
for Bulalona Chapter D. A. R., in regard to the selection of a site for @ mon- 
ument marking the site of Fort Klamath. The Commission appeared favorably in- 
clined to this project but deferred definite action thereon pending 4 
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from the standpoint of tourist traffic. He declared that the road is a link 
in an interstate highway and when completed will carry a large volume of ir- 
terstate traffic. The oiling of the road, he said, is essential from the 
tourist standpoint and for traffic safety. He pointed out that the Tollgate 
district is the winter sports playground for the people of Pendleton, Wella 
Walla, and most of Umatilla County, as well as being & summer recreational 
area for these people, which is an added argument for the improvement of the 
road leading into the district. The Weston-Elgin Committee, he said, ex~- 
pects to spend a lot of money to advertise this district as the "Little 
Switzerland of North America". The availability of a good road into the dis- 
trict, he declared, will be a big advantage in this advertising campeign. 


Chairman Cabell concluded the conference by stating that the High- 
way Commission has at its disposa’. only ea limited amount of money for con~ 
struction purposes, so must be very careful how it aliocates this money; fur- 
ther, that the Commission does not doubt that the project is a very desirable 
one but the Commission cannot overlook the fact that there are numerous roads 
of this type throughout the state which are in similar condition, so the Com- 
mission cannot say today whether or not it will proceed with the improvement, 
but will give the matter serious consideration. 


The meeting was concluded at 12:15 o'clock p. m., following which 
the Commission proceeded to Portland by automobile and disposed of the fol- 
lowing routine matters enroute: 


The Engineer reported the following appraisals made by the Hight of 
Way Department on the vaiue of additional right of way that is required for 
the Santiam Highway in Sweet Home to permit the city to construct sidewalks 
on the oroper alignment: 


ESTIMATE OF ADDITIONAL RIGHT UF WAY THROUGH 
THE SWEET HOME SECTION OF THE SANTIAM HIGHWAY 


STATION 1512+38.7 to STATION 1517+19.2 


File No. Name Area in Amount per Total Options 
So. Fi. Sa. Ft. dihianlil . stihl 


6290 Kenneth S. Groves 1884, ' Gratis Options 
Secured 
* 6291 J. D. Long and lA 10 cents $14.40 
Vivian Weddle Long 
* 6292 J. E. Long and 90 10 cents 9.00 
A. L. Weddle, Agent 
£293 Roshal M. Groves 512 Gratis Options 
secured 
6294 Kenneth S. Groves and 
Viva Smith Groves 1189 Gratis Options 
secured 


* These parcels of land have only a nuisance value, but litigation may be in- 
volved in acquiring title as the agent has stated that he will not sell the 


percels. 


NOVi6 1938 


Secretary of State, and suggested that a letter be addressed to the Secretary 
of State requesting that the findings and reports made by Mr. Crosby be recog- 
nized and given proper consideration in connection with the work and records 
made by the Secretary of State with respect to such matters. The Commission 
approved the Attorney's suggestion unanimously and instructed the Secretary 

to write the Secretary of State in harmony therewith. 


Sait 


The Engineer requested authority to purchase the following equip- 
ment: 


a Sar mye 
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One 2,000 or 2,500-watt Kohler light and power plant for section 
headquarters at Meacham, estimated cost $700; 


ee: 


Two electric gasoline pumps for installation at highway shops at 
La Grande and Klamath Falls, estimated total cost $400; 


One saw and jointer for La Grande shops, estimated cost $225; 


fier, 
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One Mercury vacuum gauge for La Grande shops, estimated cost $35; 
Two floor jacks for Klamath Falls shops, estimated total cost $150; 
Vacuum cleaning attachment for Salem shops, estimated cost $48; 


Four sets power-operated greasing equipment for each of the shops, 
estimated total cost $1,200; 


Three machines for cleaning equipment by use of solvent, estimated 
total cost $1,800; , 


Four 2,000-gallon, semi-trailer tanks and one flat bed semi-trailer, 
total estimated cost $12,150; 


One electric welder for use on Wolf Creek Highway W.P.A. work, es- 
timated cost $300. 


The (ommission approved the request unanimously and ordered that the purchas- 
es be made through the State Purchasing Agent in the usual manner. 


The Commission, after discussion, authorized the following officials 
to represent the State Highway Department at the annual meeting of the Ameri- 
can Association of State Highway Officials in Dallas, Texas, December 5 to 9, 
1938, at state expense, subject to approval by Governor Charles H. Martin: 
Henry F. Cabell, Chairman; Commissioners E. B. Aldrich and F. IL. Tou Velle; 
R. H. Baldock, State Highway Engineer; J. M. Devers, Attorney; and G. S. Pax- 
son, Bridge Engineer. 


The Engineer reported that 4 portion of the Mile Bridge Section of 
the Nehalem Secondary Highway, in Columbia County, is no longer of value for 
state highway purposes, in view of the fact that this section has been recon- 
structed on new alignment. He recommended, in view thereof, that the 
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recommendation from Mr. Lewis A. McArthur, President of the Oregon Historical 
Society, as to the proposed location. 


The Commission considered and denied the application of E. S. 
Schwantes for permission to truck logs along aud across the Columbia River 
Highway in Mosier, it being the opinion of the Commission that such operation 
on the highway at this place is unsafe and will create an undue hazard to 


highway traffic. 


The Engineer requested instructions relative to the sale of the tin- 
ber salvaged from tunnels on the Robinette Secondary Highway, in Baker County, 
for which he has received an offer. He questioned the advisability of letting 
anyone remove the timber from the tunnels because of the hazard of falling 
rocks and the possibility of cave-in. In a discussion of this matter the 
question arose whether or not the state actually owns the tunnels. The Engi- 
neer was instructed to investigate the deed whereby Baker County conveyed the 
right of way to the state, to ascertain definitely if the tunnels were includ- 
ed in the transfer, and to barricade the entrances to the tunnels and to erect 
"No Trespassing" signs so as to prevent anyone from entering the tunnels if it 
ig found that the tunnels belong to the state. He was also instructed to re- 
fuse everyone permission to take the tunnel timbers. 


The Engineer reported a request from the Medford Concrete Construc-~ 
tion Company, contractors for the furnishing of surfacing materials for the 
Valley Falls-Cinder Butte Section of the Burns-Lakeview and Fremont Highways, 
in Lake and Harney Counties, Contract No. 1943, for a reduction in the penal- 
ty imposed on them for failure to complete this contract within the specified 
time limit. He advised that the overrun in time limit amounted to several 
months and as a consequence the state incurred considerable more expense for 
engineering supervision than was contemplated; and that at & previous meeting 
the Commission granted the contractor an extension of time subject to the con- 
dition that the contractor would be charged for this extra engineering ex- 
pense, which amounts to about $2,100. He further advised that the contractor 
is not altogetner to blame for failure to complete the project within the 
specified time limit and in one instance went to considerable extra expense 
in removing from one of the stock piles a rather large amount of materials 
that did not meet the specifications, thus showing good faith to the state. 
He recommended, in view of the circumstances surrounding the case, that the 
penalty heretofore imposed be reduced to 50 per cent of the extre engineering 
expense incurred by the state. The Commission approved the recommendation 
unanimously. 


A letter was presented from the Attorney relative to ir. Lewis P. 
Crosby, who is employed jointly by the State Highway Commission and the State 
Treasurer to check on fines imposed for violations of the motor vehicle law. 
The Attorney advised that Mr. Crosby makes certain reports with respect to 
his work which vitally affect the revenues which the State Highway Commission 
and the State Treasurer are seeking to recover for the state highway fund, 
and it appears that these reports have no official recognition in the Secre- 
tary of State's office. He gave as his opinion that it would be desirable 
to give Mr. Crosby's reports and findings some official standing with the 
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The location of said abandoned right of way may be more definitely 
and particularly ascertained and determined by reference to & map 
or blueprint, marked "Exhibit A", attached hereto and by this ref- 
erence made a part hereof, which said exhibit for identification 
purposes bears the signatures of F. D. Eason, Division Engineer, 
H. G. Smith, Construction Engineer, and R. H. Baldock, State High- 
way Engineer, and is dated the 25th day of October, 1938, upon 
which map or exhitit there is reflected the above described parcel 
of lend by showing the same shaded in red. * 


2, In the event there remains any physical connection 
between any portion of said abandoned right of way or highway and 
the present highway, and by reason of such physical connection 
traffic from the existing highway may enter or use the said aban- 
doned portion of the old road to the possible damage or injury of 
such traffic by reason of any unsafe condition existing with re- 
spect to said old or abandoned road, then the State Highway Engi- 
neer is hereby authorized and directed to erect such parricade or 
other safeguards as may be necessary to protect and safeguard 
traffic using and employing said newly located, constructed and 
dedicated section of said highway. 


3. That this resolution be entered in the minutes and 
records of the Commission and a certified copy thereof promptly 
delivered to the County Court of Columbia County, together with @ 
copy of said exhibit or map, for such action as said County Court 
may desire to take with respect to said fragment of land, and 
should said abandoned portion of the right of way of said highway 
be further employed for public or private highway purposes such 
use shall be entirely under the control and supervision of the 
County Court of Columbia County and beyond any responsibility or 
supervision by the State Highway Commission. 


A letter was presented from Mr. C. C. Chapman, Portland, inquiring 
as to the possibility of securing the services of one of the Highway Depart- 
ment's draftsmen for three or four weeks' time to prepare 4 topographical map 
of the State of Oregon for use of the State Planning Board. The Commission 
found it necessary to deny this request as a matter of policy. 


The Commission considered and denied the request of Mr. Henry Hout , 
Eugene, for permission to construct a private roadway across state-owned prop- 
erty to a connection with the Pacific Highway near the end of the overcross- 
ing structure between Junction City and Eugene, it being considered that traf- 
fic entering the highwey from such roadway at this point would cause an undus 
hazard to traffic on the highway, which is of considerable volume at this par- 
ticular location. 


The Commission had under discussion 4 letter directed to Governor 
Charles H. Martin by Mr, Cornelius O'Donovan, Portland, requesting the 
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WHEREAS, in order to afford a better alignment and a more 
satisfactory, safe and convenient highway for the traveling public, 
the Commission found it necessary to relocate a portion of the Mile 
Bridge Section of the Nehalem Highway in Columbia County; and 


WHEREAS, by reason of said relocation and reconstruction 
of the said section of seid highway there was eliminated and made 
unnecessary as a part of the permanent highway a certain section or 

thereof, which section or part is more specifically defined 
and designated hereinafter in this resolution; and 


WHEREAS, it is the judgment and opinion of the Commission 
that there should be recorded in the minutes and records of this 
Commission its purpose and plan to abandon as a part of the said 
state highway the fragment or portion of right of way hereinafter 
designated and heretofore included within the area of the right of 
way of the said state highway as formerly located, improved, and 
used; 


NOW, THEREFORE, the premises being in general as above 
stated, it hereby is resolved by this Commission, all members being 
present and affirmatively participating, as follows: 


1. The fragment of land confined within the area of lend 
hereinafter designated, which fragment or parcel of land was former- 
ly within the limits of the right of way of the Nehalem Highway in 
Columbia County, but is now without the limits of the right of way 
of said highway as said highway has been relocated and constructed, 
be and said fragment or parcel of land or portion of the old right 
of way is abandoned as a part of the right of way of said highway, 
and said fragment or parcel of land or old right of way is, so far 
as control and supervision by this Commission is ecacerned, elimin- 
ated and left to revert to the adjoining and abutting property own- 
ers or to the control and supervision of the County Court of Colum 
bia County for highway or other public purposes 4s the Court may de- 
termine. The fragment or parcel of land affected by this resolution 
is defined and described as follows, to wit: 


All that certain section of the old right of way of 
the Mile Bridge Section of the Nehalem Highway situated in 
Section 3, Township 4 North, Range 4 West, W. M., Columbia 
County; and lying southerly of the right of way required 
for the reconstructed highway, the beginning and ending 
points with reference to the engineer's stations of the re- 
constructed highway being Station 4+33.2, the beginning of 
the southerly wye connection on the easterly end, and Sta- 
tion 13+95 on the westerly end. 
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Commission take formal action abandoning this section. The Commission ap- 
proved the recommendation and by unanimous vote adopted the following resolu- 
tion in regard thereto: 


ae 


“Sat the extension of time now requested be granted subject to the 
condition that the contractor pay the extra engineering costs in 
excess of those incurred in slide removal work and other extre work; 
in other words, those which were incurred between February 5 and Au- 
gust 30, 1938. A letter was presented from the Bureau of Public 
Roads concurring in such recommendation. The Commission approved 
the recommendation by unanimous vote. 


E. L. Rigdon, Contract No. 2026, for grading, surfacing, and 
oiling the Harris Creek-Chalk Cliff Section of the Fremont Highway, 
in Lake County, requested an additional extension of time, from 
September 15 to September 24, 1938, within which to complete this 
project. He alleged that his failure to complete the project with- 
in the spec tied time limit was due to the delay in securing road 
oil shipments and to adverse weather conditions. The Engineer ad- 
vised that the date of completion specified in the contract was 
August 31, 1938, but that the Commission extended this to Septenm- 
ber 15, 1938, subject to the condition that the contractor would 
pay the extra engineering expense incurred by the state. He rec- 
ommended that the 9 days' extension of time now requested be grant- 
ed subject to the same penalty. A letter was presented from the 
Bureau of Public Roads concurring in such recommendation. The Com- 
mission areroved the recommendation unanimously. 


Newport Construction Company and Kern & Kibbe, Contract No. 
2073, for grading and asphaltic concrete paving on the St. Helens- 
Warren Section of the Columbia River Highway, in Columbia County, 
requested an extension of time from September 15 to October 13, 
1938, within which to complete this job. They alleged that the 
time limit specified in the contract for the completion of this 
job was too short because they worked diligently to complete the 
project within the specified time but were not able to do s0, not- 
withstanding that they started work immediately after the contract 
was awarded and had on the job all of the equipment the job could 
stand. They also alleged that their work was handicapped to some 
extent by reason of highway traffic during the Labor Day holiday 
period and their work was also handicapped by reason of bed weath- 
er conditions during the early part of October. The Engineer ad- 
vised that the contract was awarded on June 2, 1938, and the con- 
tractors commenced operations on June 13. The production of rock, 
he said, was started on July 18 and paving on September 7. He 
further advised that the contractor employed an adequate supply of 
good equipment and in general pushed the work rapidly, with two 
shifts working. He confirmed the contractors’ allegation that 
traffic over the Labor Day period interfered with the operations. 
He gave as his thought that the work could have been completed 
within the specified time limit, so there is no justification for 
an extension of time without penalty, in his estimation. Accord- 
ingly, he recommended that the extension requested be granted sub- 
ject to the condition that the contractor be required to pay the 
extra engineering expense incurred by the state. A letter was 
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extension of the Scotts Mills county road in Marion County southeasterly from 
its present terminus to a connection with the North Santiam Highway near Gates. 
Mr. O'Donovan alleges that this extension is only 7 miles long and that its 
construction will shorten the distance from Portland to Bend by some 35 miles. 
Further, that it will open up for development large areas of farm lands, mines, 
health resorts, clay deposits, and other natural state resources. The Secre- 
tary was instructed to inform Mr. O'Donovan that the Commission appreciates 
the reason that prompted his letter but is not financially able to undertake 
this project at the present time. . 


The Commission considered and denied the request of Harry Polk, Ash- 
land, for e permit suthorizing him to construct 4 tunnel under and across the 
Pacific Highway near Bear Gulch in Jackson County in connection with certain 
mining operations. . 


A letter was presented from Mr. S. T. White, Oregon State Coordina- 
tor, Soil Conservation Service, United States Department of Agriculture, Cor- 
vallis, requesting in behalf of Robert L. Brown, Manager of the Astoria Nurs- 
ery Unit, permission to collect small lots of various grass, legume, tree, 
and shrub seeds along the right of way of state highways. The Commission ap- 
proved the request by unanimous vote, subject to the condition that Mr. Brown 
will conduct his activities in accordance with the provisions of the Commis- 
sion's standard vermit covering such matters and will comply with the Commis- 
sions rules and regulations in regard thereto. 


The Commission had under consideration the following requests for 
extensions of time within which to complete highway construction projects: 


Coos Bay Construction Company, Contract No. 1949, for grading 
the Elsie-Nehalem River Section of the Wolf Creek Highway, in Clat- 
sop County, requested an additional extension of time, from June 15 
to October 15, 1938, within which to complete this project. They 
alleged that their failure to complete the project within the speci- 
fied time limit was due to unusually inclement weather during the 
past winter and the impracticability of moving earth materials dur- 
ing such time. The Engineer advised that the contractor used on 
this job carry-all scrapers in the moving of the solid rock through- 
out the winter months, which equipment was unsuitable on this type 
of work, resulting in numerous breakdowns and delays. However, all 
of the work under the contract was completed by September 15 except 
the burning of debris, which could not be done because of the fire 
hazard, the contractor being unable to secure a permit to carry on 
burning operations. He further advised thet part of the contrac- 
tor's delay in completing the project could be attributed to numer- 
ous slides that occurred near the Elsie Summit, which could not be 
removed until the summer dry season. He pointed out that the Com- 
mission previously extended the time limit on this job from Decem~ 
ber 15, 1937, to June 15, 1938, with @ provision that the contrac- 
tor be assessed with the extra engineering expense incurred by the 
state over and above the cost of engineering required in connection 
with extra work involved, such as slides. He recommended, therefore, 
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in order to complete the project, resulting in one week's lost time. 


He recommended, in view of the circumstances, that the extension of 
time now requested be granted but that the contractor be charged 
all engineering costs incurred by the state subsequent to September 
22, which would allow 7 days' extension of time without penalty on 
account of the necessity to change the quarry. A letter was pre- 
sented from the Bureau of Public Roads concurring therein. The 
Commission approved the recommendation unanimously. 
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The Engineer reported that Contracts 1975, 2005, 2026, 2042, 2066, 
2073, 2075, 2076, 2080, 2082, 2086, 2090, and 2094, for the construction of 
state highway projects, have been completed according to the terms and pro- 
visions of the contracts or modifications thereof and said jobs are now ready 
for acceptance. The following resolution accepting the above projects was 
offered and was adopted by the unanimous vote of the Commissioners present: 


WHEREAS, the Engineer has reported that the following 
State Highway Commission contracts for the construction of state 
highway projects have been completed according to the terms and 
provisions of the contracts and that said jobs are now reacy for 
acceptance: 


Contract No. 1975, with R. I. Stuart & Sons, for fur- 
nishing crushed rock for the Klamath Falls Rock Production 
Project on The Dalles-California, Green Springs, and Klam- 
ath Falls-Lakeview Highways, in Klamath County. Completed 
August 2, 1938. 


Contract No. 2005, with Berke Bros., Inc., for clear- 
ing the Arch Cape-Beach Creek Section of the Oregon Coast 
Highway, in Clatsop and Tillamook Counties. Completed Sep- 
tember 8, 1938. 


Contract No. 2026, with E. L. Rigdon, for grading, sur- 
facing, and oiling the Harris Creek-Chalk Cliff Section of 
the Fremont Highway, in Lake County. Completed September 
24, 1938. 


Contract No. 2042, with Saxton, Looney & Risley, for 
producing crushed rock for the Mt. Hood Rock Production 
Project on the Mt. Hood and Wapinitia Highways, in Clacka- 
mas, Hood River, and Wasco Counties. Completed September 
30, 1938. 

Contract No. 2066, with Mountain States Construction 
Company, for remodeling steel swimg span, construction of 
pile trestle approach, and grading and surfacing the Wal- 
luski River Bridge Section of the Nehalem Secondary Highway, 
in Clatsop County. Completed October 12, 1938. 


Contract No. 2073, with Newport Construction Company 
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presented from the Bureau of Public Roads concurring therein. The 
Commission approved the recommendation unanimously. 


McNutt Bros., Contract No. 2076, for grading and talus rock 
roadbed topping on the Cottonwood Creek-Maddock Corner Section of 
the Klamath Falls-Lakeview Highway, in Lake County, requested an 
extension of time of 15 days, from September 30 to October 15,1938, 
within which to complete this job. They gave no reason for their 
failure to complete the project within the specified time limit. 
The Engineer advised that, in his estimation, the extension of time 
requested should be granted but that the contractor should be 
charged for the engineering expense incurred by the state subse- 
quent to the date of completion specified in the contract, and he 
so recommended. A letter was presented from the Bureau of Public 
Roads concurring therein. The Commission approved the recommenda- 
tion unanimously. 


Edwin C. Gerber, Contract No. 2086, for surfacing and oiling 
the Sheeley Bridge Section of the Nehalem County Road, in Columbia 
County, requested an extension of time of 10 days, from August 31 
to September 10, 1938, within which to complete this project. He 
attributed his failure to complete the project within the speci- 
fied time limit to delays incurred in securing materials for the 
job. The Engineer advised that this contract was awarded on June 
15, 1938, but the contractor did not start operations for some 
time thereafter, with the result that the work was not completed 
until the specified time limit had expired. He recommended, in 
view of the circumstances, that the extension of time requested 
be approved subject to the condition that the contractor be re- 
quired to reimburse the state for the engineering expense incurred 
subsequent to the expiration of the specified time limit. A let- 
ter was presented from the Bureau of Public Roads concurring there- 
in. The Commission approved the recommendation unanimously. 


Rogers Construction Company, Cormtract No. 2090, for grading, 
surfacing, and oiling the Interprise-Scotch Creek Section of the 
Hurricane Creek County Road, in Wallowa County, requested an ex- 
tension of time of 34 days, from September 15 to October 19, 1938, 
within which to complete this project. They attributed their de- 
lay to the fact that the quarry designated by the state to be used 
did not contain a sufficient quantity of rock to complete the job 
and they were forced to obtain extra material from other sources, 
which slowed their operations and carried them into a period of ad- 
verse weather. The Engineer advised that the principal reason for 
the contractor's failure to complete the project within the speci- 
fied time limit was the delay in starting the project, the contract 
having been awarded on June 20, 1938, whereas actual work was not 
started until July 22, 1938. He confirmed the contractor's state- 
ment that there was some loss of time due to there being insuffi- 
cient quantity of material in the designated gravel pit, so it was 
necessary for the contractor to secure materials from another pit 
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Portland, Oregon, November 17, 1938 


The State Highway Commission met in regular session at 9:00 o'clock 
a. m. in the auditorium of the Public Service Building. Present were: 


Henry F. Cabell, Chairman 

E. B. Aldrich, Commissioner 

F. L. Tou Velle, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


Bids as follows for highway construction projects and for the sale 
of buildings at Albany were opened and read in conformance with previously 
published notice: 


BAKER-HOMESTEAD HIGHWAY 
RICHLAND-HALFWwAY SECTION - OIL MAT SURFACE TREATMENT 


Norris Bros. $ 55,494.50 
Babler Bros. 59, 707,00 
J. C. Compton 59, 823.00 
McNutt Bros. 63,943.00 
Mountain States Construction Company 72,013.00 
Homer G. Johnson 78,575.00 


MARKET ROAD NO. 12 
CONSTRUCTION OF SHIPLEY BRIDGE 


Joplin & Eldon $ 41,712.00 
Contracting & Sales Company 44,955.00 
Leonard & Slate 45,620.00 
Averill & Corbin 46,580.25 
Gilpin Construction Company 47,952.50 
Birkemeier & Saremal 48,915.00 


CAPE ARAGO SECONDARY HIGHWAY 
CHARLESTON-MINER CREEK SECTION - GRADING AND SURFACING 


Coos Bay Dredging Company $ 34,426.25 
Leonard & Slate 35,277.00 
Homer G, Johnson 47,320.50 


WASCO-HEPPNER SECONDARY HIGHWAY 
ROCK CREEK-MORROW COUNTY LINE SECTION - GRADING 


H. L. Rice $ 32,345.00 
Joplin & Eldon 38,462.50 
Leonard & Slate .. 39,903.50 
J. C. Papin 43,975.50 


(Continued on next page) 
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and Kern & Kibbe, for grading and paving the St. Helens- 
Warren Section of the Columbia River Highway, in Columbia 
County. Completed October 13, 1938. 


Contract No. 2075, with Mountain Stetes Construction 
Company, for construction of the Williamson River Bridge 
on The Dalles-California Highway, in Klamath County. Com- 
pleted November 9, 1938. 


Contract No. 2076, with McNutt Bros., for grading and 
talus rock roadbed topping on the Cottonwood Creek-Maddock 
Corner Section of the Klamath Palls-lakeview Highway, in 
Lake County. Completed October 15, 1938. 


Contract No. 2080, with Snook Bros., for construction 
of a bridge over South Fork of Rock Creek on the Wolf Creek 
Highway, in Clatsop County. Completed October 15, 1938. 


Contract No. 2082, with Birkemeier & Saremal, for recon- 
struction of Northeast 33rd Avenue Overcrossing at Columbia 
age in Portland, Multnomah County. Completed October 
10, 1938. 


Contract No. 208, with Edwin C. Gerber, for surfacing 
and oiling the Sheeley Bridge Section of the Upper Nehalem 
County Road, in Columbia County. Completed September 9, 1938. 


Contract No. 2090, with Rogers Construction Company, for 
grading, surfacing, and oiling the Mnterprise-Scotch Creek 
Section of the Hurricane Creek County Road, in Wallowa Coun- 
ty. Completed October 19, 1938. 


Contract No. 2094, with Oregon Contracting Company, for 
paving the Court Street Section of the Pacific Highway Hast 
in the city of Salem, Marion County. Completed October 19, 
1938. 


THEREFORE, BE IT RESOLVED, that the work covered by said 
state highway contracts for the construction of said state highway 
projects be declared completed according to the terms of the re- 
spective contracts, and said jobs are hereby accepted and final pay-~ 
ment in connection with each is hereby authorized. 


The meeting was declared adjourned at 4:00 o'clock p. m. 


Secretary f 
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(Odell Lake-Walker Mountain Section, continued) 
$132,853.50 


E. C. Hall Company 

Babler Bros. 

Clifford A. Dunn 

McNutt Bros. 

Newport Construction Company and Kern & Kibbe 
Homer G. Johnson 


OREGON COAST AND CORVALLIS-NEWPORT HIGHWAYS 
NEWPORT ROCK PRODUCTION PROJECT 


E. F. Altree 

A. S. Wallace 

R. 0. Dail & Warren Bros., Inc. 
Dolan Construction Company 

F. C. Dillard 


MAINTENANCE BUILDING AT ALBANY 


Viesko & Hanneman 

Keebler Bros. 

Frank Watt Construction Company 
Geo. C. Richards 

T. ¥. McClellan 

Teller Construction Company 
Birkemeier & Saremal 


SANTIAM HIGHWAY 
LEBANON-FOSTER SECTION ~- CRUSHED ROCK OR GRAVEL IN STOCK PILES 


A. S. Wallace 

D. L. Ashton 

Saxton, Looney & Risley 

R. O. Dail & Warren Bros., Inc. 


OLD OREGON TRAIL 
STATE HOSPITAL-ASH STREET UNIT - PENDLETON LANDSCAPING PROJECT 


Leonard & Slate 
Contracting & Sales Company, Inc. 
Parker-Schram Company 


F BU AT 


BUILDING NO. 4955 
(Former Owner Melissa J. Kitchen) 


No bids received 
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(Rock Creek-Morrow County Line Section, continued) 


Fisher Bros. 

Berke Bros., Inc. 

Colonial Construction Company 
Parrer-Schram Company 

J. A. Lyons 

M. L. O*Neil & Son 


Clifton & Applegate 
McNutt Bros. 


PACIFIC HIGHWAY 


NORTH UNIT, BEAR CANYON-STATE LINE SECTION - GRADING 


Colonial Construction Company 
Leonard & Slate 


THE DALLES-CALIFORNIA HIGHWAY 


$ 45,628.00 
45,982.00 
46,657.50 
48,169.00 
49,514.50 
50,090.00 
50,346.00 
51,610.00 
52,731.47 
53,233.50 
54,442.50 


$163 , 808.00 
165,407.50 
177,427.00 
179,332.50 
186,207.00 
187,028.50 
191,235.00 
194,969.00 
213,938.50 


MADRAS-DESCHUTES COUNTY LINE SECTION - CRUSHED ROCK IN STOCK PILES 


Fisher Bros. 

Clifton & Applegate 

H. L. Rice 

Rogers Construction Company 

A. S. Wallace 

Saxton, Looney & Risley 

0. C. Yocom 

R. 0. Dail & Warren Bros., Inc. 
Schmeer, Williams & Gentemann 


KLAMATH FALLS 
MAIN STREET UNDERCROSSING 


C. J. Montag & Sons 
Clifford A. Dunn 


WILLAMETTE HIGHWAY 


$103,000.00 
116,423.00 


ODELL LAKE-WALKER MOUNTAIN SECTION - SURFACING, OILING, CRUSHEL ROCK 


Fisher Bros. 
Mountain States Construction Company 


(Continued on next page) 
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$131,466.00 
131,476.00 


work was approved by the Commission. The Engineer was instructed to have the 
Parks Superintendent and the Landscape Engineer consult with the Attorney in 
the preparation of such resolution, which is to be presented to the Commis- 
sion for adoption as soon as possible. 


Wayside timber strips along the Wolf Creek Highway, about three 
miles west of Sunset Camp:~ The Parks Superintendent advised that he consult- 
ed with Mr. J. R. Hulbert of the Sunset Logging Company which owns this tin- 
ber, relative to the acquisition of strips 300 feet wide on each side of the 
highway where timber is growing on both sides of the highway, and that Mr. 
Hulbert has set a price of $5.10 per MFBM for their timber, at which price 
the timber would cost the state $17,136. The Commission considered this 
price exorbitant and instructed the Parks Superintendent to ascertain from 
Mr. Hulbert whether or not the company would consider the ecceptance of $3.50 


per MFBM, 


, Acquisition of an ocean-view park site in northern Curry County:- 
The Parks Superintendent advised that this proposed park, which contains 
1,400 acres, is owned by the Blacklock Sandstone Company of San Francisco, 
which is asking the price of $10 per acre for its property. He explained 
that the proposed park area borders on Floras Lake for a distance of about 
one-half mile and hasa.2-mile frontage on the Pacific Ocean, that there are 4 
number of streams running through the srea, and that it is covered with pine 
and rhododendron. Access to the property, he said, may be had from the sec- 
ondary highway leading to Cape Blanco by extending this road a distance of 
about one-fourth mile. The Commission appeared favorably inclined to ac- 
quire this property but deferred action pending a personal inspection on the 
ground. 


Acquisition of wayside areas on the Wolf Creek Highway, in Clatsop 
County through the holdings of the Oregon American Lumber Company and Mr. H. 
B. Van Duzer, Portland:- The Parks Superintendent stated that he has con- 
ferred with the owners of these timber areas, and the officials of the Oregon 
American Lumber Company have agreed to set & price on their holdings. Mr. 
Van Duzer, he said, advises that he is willing to sell his holdings to the 
state at the same rate that the state pays for the holdings of tie Oregon 
American Lumber Company. The Commission ordered the report filed. 


Request of the State Game Commission for permission to trap elk in 
Ecola State Park for rehabilitation purposes in 4 new game reserve to be lo- 
cated on Mt. Hood, in Clackamas County:- The State Parks Superintendent of- 
fered objections to the taking of these elk from Ecola State Park because 
they are very tame and are & great attraction to park visitors. The Commis- 
sion concurred in the viewpoint of the Parks Superintendent in this matter. 


Acquisition of @ 20-foot strip adjacent to the Oregon Coast Highway 
in Gearhart:- The Parks Superintendent stated that this property is owned by 
the Gearhart uand Company, and, according to the information he has received, 
extends for a distance of about 6,400 feet north from Seaside. He advised 
that there is a question in his mind whether the strip is the same strip that 
the company agreed to deed to the state free of cost when the state purchased 
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£484 


BUILDING NO. 5130 
(Former Owner Chas. Childs & Wm. Eagles) 


W. A. Jones $ 11.00 


BUILDING NO. 4957 
(Former Owner Barbara Kinney) 


No bids received 


BUILDING NO. 4958 
(Former Omer Gladys V. Holloway) 


Wilbert Bilyeu $ 75.46 
Cc. E. Volz 75.00 
Vv. Le Vols 61.00 
Berkrem Byers 52.00 
Burt Picha 51.00 
Wm. Garland 45.00 
L. D. Brown 42.50 
R. P. Campbell 41.00 
BUILDING NO. 4972 
(Former Owner S. J. Brown) 
Vv. L. Volz $ 61.00 
Mr. and Mrs. H. D. Rohde 51.00 
Darwin L. Cook 50.00 
Burt Picha 35.50 
BUILDING NO. 5162 
(Former Owner Nancy Gray) 
C. E. Volz $ 80.00 
Chas. Childs 77.00 
Burt. Picha 71,00 
Wilbert Bilyeu 26.00 


Chairman Cabell announced that the award of contracts and sale of buildings 
would be made at 3:30 o'clock p. m. in the same room. 


Parks Superintendent S. H. Boardman was present and reported on the 
following park matters: 


Cleaning up the roadside through the Indian village at Celilo adja- 
cent to the Columbia River Highway, in Wasco County:- It wes pointed out in 
the discussion of this matter that the cleaning up of this area is beyond the 
jurisdiction of the State Highway Commission. However, it, wes thought that 
everything possible should be done to effect the cleaning up of the premises 
by the Federal Government, which has control. A suggestion that the Commis- 
sion adopt a resolution urging the federal authorities to dc this cleaning-up 
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It was the thought of the Commission that, if 4 permit is issued to 
the West Coast Power Company before the transfer is made, the permit should 
come from the City of Portland rather than from the state. The Secretary was 
authorized and instructed to prepare an appropriate permit covering the mat- 
ter, using the name of the City of Portland as grantor rather than the State 
of Oregon, upon receipt of information by the Engineer to the effect that 
that is satisfactory with the Portland city officials. 


The Commission had under discussion the matter of surfacing a road- 
way from the Oregon Coast Highway to the Azalea State Park at Brookings. In 
this connection the Ingineer reported receipt of information from Mr. Elmer 
Bankus that his company, which oms the property across which this roadway is 
to be constructed, is ready and willing to deed the right of way to the state 
without cost as soon as it is furnished with a description of such right of 
way; also, that Curry County has a W.P.A. project under way for clearing the 
right of way and grading 6 portion of the roadway and will continue such work 
to a connection with the state highway if the State Highway Commission will 
surface the road when the grading is completed. He further advised that in- 
vestigation reveals that the section that the state would have to surface is 
about 3,400 feet in length and will require approximately 1,800 cubic yards 
of pit-run gravel to provide a surface 8 inches in depth and 20 feet in width. 
Further, that it is estimated tit the surfacing work will cost a total of 
about $1,200. He gave as his thought that the expenditure is justified for 
two reasons: first, the proposed road will provide access to an important 
state park; and, secondly, when the proposed revision of the Oregon Coast 
Highway south of Brookings is constructed, this road will be used as 4 detour 
for traffic. He further said that, if the state does not cooperate in this 
improvement now, it will be necessary for the state to pay not only the cost 
of surfacing later on, but also the cost of the grading work. The State Parks 
Superintendent, who was present, concurred in the Ingineer's recommendation. 
After discussion the Commission approved the recommendation by unanimous vote. 
The question then arose whether or not this expense should be charged against 
the maintenance budget; or whether it should be charged to the state parks 
budget. The Commission referred the matter to the Engineer to make 4 decision 


with respect thereto. 


The Commission had under consideration the offers of the United 
States of America to contribute P.W.A. funds to aid in financing the construc- 
tion of the Devil's Garden-Quartz Mountain Section of the Klamath Falls-Lake- 
view Highway and the Eastern Oregon Rock Production Project. 


After discussion of the offer of the United States of America to 
aid by way of grant in financing the construction of the Devil's Garden-Quartz 
Mountain Section of the Klamath Falls-Lakeview Highway, the following Resolu- 
tion entitled "A Resolution Accepting the Offer of the United States to the 
State Highway Commission of the State of Oregon to Aid by Way of Grant in Fi- 
nancing the Construction of the Devil's Garden-Quartz Mountain Section of the 
Klamath Falls-Lakeview Primary Highway in Klamath and Lake Counties and the 
Acquisition of Necessary Lands and Rights of Way Therefor" was proposed 
by Commissioner Tou Velle and read in full: 
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other property from it, or whether it is an entirely different strip. In view 
of this uncertainty the Commission deferred a decision relative to the pur- 
chase of the property and referred the matter to the Attorney to investigate 
and clarify the company's proposal. 


Plan of National Park Service to acquire a large monument or park 
to be located along the Oregon coast line:~ The Parks Superintendent advised 
that the Netional Park Service proposes to esteblish a large monument some 
place along the Oregon coast line, consisting of a large acreage of land over- 
looking the Pacific Ocean, and that a coastal curvey has been made by @ com 
mittee of national park representatives from hashington, D. C., who have se- 
lected three sites to present to their superiors in Washington, one being the 
area including the Sea Lion Caves, in Lane County; another being the area 
fronting on the ocean between Florence and Gardiner, in Lane and Douglas Coun- 
ties, the eastern boundary of which site borders on Woahink, Siltcoos, and 
Tahkenitch Lakes. The third area, he said, is located in Curry County be- 
tween Cape Sebastian and Brookings, the boundaries being the ocean on the west 
and the Oregon Coast Highway on the east. He gave as his understanding that 
if the authorities in Washington select any one of these sites for a national 
park or monument, the State of Oregon will be asked to purchase the area and 
present it to the National Park Service as a gift. It was the consensus of 
opinion that the area located in Curry County would be the most suitable as & 
national park or monument. However, the Commission took no action on the mat- 
ter in view of the high cost involved to acquire any of these sites. 


The Commission had under discussion the application of the West 
Coast Power Company to construct its pole line through Benson Park adjacent 
to the Columbia River Highway at Multnomah Falls, to serve the substation of 
the Pacific Telephone and Telegraph Company. In the discussion it was point- 
ed out that, in accordance with a previous agreement, the City of Portland, 
which owns this park, is transferring title to the same to the state, but 
the negotiations have not yet been completed, so the State Highway Commission 
does not have, as yet, the authority to issue a permit covering the proposed 
pole line construction in this area. The Parks Superintendent advised that 
the City of Portland is ready to transfer title as soon 4s the survey of that 
portion north of the reilroad tracks has been made. The Engineer was author- 
ized and instructed by the Commission to make such survey so a8 to complete 
the deal with the city at the earliest possible time. 


The Engineer advised that considerable study has been made of the 
location for the West Coast Power Company's pole line, and, in his estima- 
tion, the proper location is just north of and approximately parallel to the 
right of way of the 0.W.R.& N. Company, in which location the pales will be 
least objectionable from the highway standpoint. He recommended that such 
location be designated for this pole line. The Commission approved the rec~ 
ommendation unanimously and instructed the Enginesr to consult with the Port- 
land city officials relative thereto, particularly in view of its previous 
agreement with the City of Portland relative to this park and the fact that 
the title to the park has not yet been transferred to the state. 
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agreed to be performed in connection with the application, then the 
Administrator shall have the right, in his discretion, to rescind 
this Offer and any agreements resulting herefrom, and, in the event of 
such rescission, the United States of America shall be under no further 
obligation hereunder. 

"UNITED STATES OF AMERICA 


Federal Emergency Administrator 
of Public Works 


By (Sgd.) £E. W. Clark 
For the Assistant Administrator" 


be and the same is hereby in all respects accepted. 


Res y 5 
Uhaes 
ety 


a 
4 


TA aes 


Section 2. That the State Highway Gommission of the State 
of Oregon and the State of Oregon agree to abide by all Terms and 
Conditions relating to such grant, a copy of which Terms and Conditions 
were annexed to the Government's offer and made a part thereof. It is 
hereby covenanted that the work on the project described in the offer 
will be commenced as early as possible, but in no event later than De- 
cember 31, 1938; and to complete the work with all practicable dispatch, 
pent any event within eleven months from the commencement of the con- 
8 tion. 


Section 3. That J. M. Devers, Assistant Attorney General 
for Oregon, and Attorney for the State Highway Commission of the State 
of Oregon be and he is hereby authorized and directed forthwith to send 
to the Federal Emergency Administration of Public Works three certified 
copies of this Resolution and three certified copies of the proceedings 
of this Commission in connection with the adoption of this Resolution 
and such further documents or proofs in connection with the acceptance 
of said offer as may be requested by the Federal Emergency Administra- 
tion of Public Works. 


The above resolution was seconded by Commissioner Aldrich and was 
adopted with the following voting yes: Chairman Henry F. Cabell, Commission- 
er E. B. Aldrich, and Commissioner F. L. Tou Velle. The Chairman thereupon 
declared said Resolution carried. 


Folloming discussion of the offer of the United States of America 
to aid by way of grant in financing the construction of the Eastern Oregon 
Rock Production Project, the following Resolution entitled "A Resolution 
Accepting the Offer of the United States to the State Highway Commission 
of the State of Oregon to Aid by Way of Grant in Financing the Construc- 
tion of the Eastern Oregon Rock Production Project and the Acquisition of 
Necessary Lands and Rights of Way Therefor" was proposed by Commissioner 
Aldrich and read in full: 
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A RESOLUTION ACCEPTING THE OFI'ER OF THE UNITED STATES TO THE STATE 
HIGHWAY COMMISSION OF THE STATE OF OREGON TO AID BY WAY OF GRANT IN 
FINANCING THE CONSTRUCTION OF THE DEVIL'S GARDEN-QUARTZ MOUNTAIN 
SECTION OF THE KLAMATH FALLS-LAEVIEW PRIMARY HIGHWAY IN KLAMATH 
AND LAKE COUNTIES AND THE ACQUISITION OF NECESSARY LANDS AND RIGHTS 
OF WAY THEREFOR. 


Be it Resolved by the Oregon State Highway Commission: 


Section 1. That the offer of the United States of America 
to the State Highway Commission of the State of Oregon to aid by way 
of grant in financing the construction of the Devil's Gerden-Quartz 
Mountain Section’ of the Klamath Falls-Lakeview Primary Highway in 
Klamath and Lake Counties and the acquisition of necessary lends and 
rights of way therefor, a copy of which offer reads as follows: 


"P. W. 85296~205 
“FEDERAL EMERGENCY ADMINISTRATION OF PUBLIC WORKS 


Dated: Nov 7 - 1938 
Docket No. Oreg. 1404-F 


"State Highway Commission of the State of Oregon, 
Salem, Oregon. 


"1. Subject to the Terms and Conditions (P\WA Form No. 230, 
as amended to the date of this Offer), which are made a part hereof, 
the United States of America hereby offerg to aid in financing the 
construction of highway improvements, including the acquisition of 
necessary land and rights of way (herein called the "Project"), by 
making a grant to the State Highway Commission of the State of Oregon 
(herein called the "*>plicant") in the amount of 45 percent of ths 
cost of the Project upon completion, as determined by the Federal 
Emergency Administrator of Public Works (herein called the "Adminis- 
trator"), but not to exceed, in any event, the sum of $49,005. 


"2. By acceptance of this Offer the Applicant covenants 
to begin work on the Project as early as possible but in no event 
later than December 31, 1938, and to complete such Project with all 
practicable dispatch, and in any event within 11 months from the 
commencement of construction. 


"3, This Offer is made subject to the express condition. that, 
if the Administrator shall determine at any time thet the Applicant has 
paid or’agreed to pay, whether directly or indirectly, a bonus, com- 
mission or fee to any person, firm or corporation for attempting to 
procure an approval of the Applicant's application, or for alleged 
services in procuring or in attempting to procure such approval, or 
for activities of the nature commonly know as lobbying performed or 
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lobbying performed or agreed to be performed in connection with the 
application, then the Administrator shall have the right, in his 
discretion, to rescind this Offer and any agreements resulting here- 
from, and, in the event of such rescission, the United States of 
America shall be under no further obligation hereunder. 


"UNITED STATES OF AMERICA 


Federal Emergency Administrator 
of Public Works 


By (Sgd.) E. W. Clark 
For the Assistant Administrator" 


be and the same is hereby in all respects accepted. 


Section 2. That the State Highway Commission of the State 
of Oregon and the State of Oregon agree to abide by all Terms ra 
and Conditions relating to such grant, @ copy of which Terms and e 
Conditions were annexed to the Government's offer and made a part 
thereof. It is hereby covenanted that the work on the project de- 
scribed in the offer will be commenced as early as possible, but in 
no event later than December 31, 1938; and to complete the work 
with all practicable dispatch, and in any event within ten months 
from the commencement of the construction. 


Section 3. That J. M. Devers, Assistant Attorney General 
for Oregon, and Attorney for the State Highway Commission of the 
State of Oregon be and he is hereby authorized and directed forth- 
with to send to the Federal Emergency Administration of Public 
Works three certified copies of this Resolution and three certified 
copies of the proceedings of this Commission in connection wita the 
adoption of this Resolution, and such further documents or proofs 
in connection with the acceptance of said offer as may be requested 
by the Federal Energency Administration of Public Works. 


The above resolution was seconded by Commissioner Tou Velle and was 
adopted with the following voting yes: Chairman Henry F. Cabell, Commission- 
er E. B. Aldrich, and Commissioner F. L. Tou Velle. The Chairman thereupon 


declared said Resolution carried. 


The Commission also discussed the matter of establishing minimum 
wage rates to be paid by contractors for labor employed on the Devils Garden- 
Quartz Mountain Section and on the Eastern Oregon Rock Production Project. 
The following resolutions perteining thereto were adopted by the Commission ® 
by unanimous vote upon motion of Commissioner Aldrich, which was duly second- in, 
ed by Commissioner Tou Velle: 
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A RESOLUTION ACCEPTING THE OFFER OF THE UNITED STATES TO THE STATE 
HIGHWAY COMKISSION OF THE STATE OF OREGON TO AID BY WAY OF GRANT IN 
FINANCING THE CONSTRUCTION OF THE BASTERN OREGON ROCK PRODUCTION 
PROJECT AND THE ACQUISITION OF NECESSARY LANDS AND RIGHTS OF WAY 
THEREFOR. 


Be it Resolved by the Oregon State Highway Commission: 


Section 1. That the offer of the United States of America 
to the State Highway Commission of the State of Oregon to aid by way 
of grant in financing the construction of the Eastern Oregon Rock 
Production Project and the acquisition of necessary lands and rights 
of way therefor, a copy of which offer reads as follows: 


"P, W. 85296-308 
"FEDERAL EMERGENCY ADMINISTRATIUN OF PUBLIC WORKS 


“Washington, D. C. 
Dated: Nov 7 - 1938 


"State Highway Commission of the State of Oregon, 
Salem, Oregon. 


"],. Subject to the Terms and Conditions (PWA Form Bo.230, 
as amended to the date of this Offer), which are made a part hereof, 
the United States of America hereby offers to aid in financing the 
construction of highway improvements, including the productioh of 
stock-pile materials for maintenance purposes and the acquisition 
of necessary land and rights of way (herein called the "Project"), 
by meking a grant to the State Highwey Commission of the State of 
Oregon (herein called the "Applicant") in the amount of 45 percent 
of the cost of the Project upon completion, as determined by the 
Federal Emergency Administrator of Public Works (herein calied the 
"administrator"), but not to exceed, in any event, the sum of 
$92,421. 


"2, By acceptance of this Offer the Applicant covenants 
to begin work on the Project as early as possible but in no event 
later than December 31, 1938, and to complete such Project with ell 
practicable dispatch, and in any event within 10 months from the 
commencement of construction. 


"3, Tris Offer is made subject to the express condition 
that, if the Acainistrator shall determine at any time that the Ap- 
plican’, has paid or agreed to pay, whether directly or indirectly, 
a bonus, commission, or fee to any person, firm or corporation for 
attempting to procure an approval of the Applicant's application, 
or for alleged services in procuring or in attempting to procure 
such approval, or for activities of the nature commonly mown as 
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(Minimum wage rates, Devil's Garden-Quartz Mountain Section, continued: ) 


Power blade . $1.124 
Elevating grader operators 1.00 
Power loader 1.00 
Common labor 50 
Truck dfivers, 3 ton & over, mfr. rated cap. .85 
Truck drivers, 1s e 3 ton, nfr. rated cap. 275 


Be It Further Resolved that the foregoing list of trades 
or occupations includes to the best of our kmowledge all the classi- 
fications of employees who will be engaged in work on said project 
other than executive, supervisory, administrative, clerical, or 
other non-manual workers as such. 


A RESOLUTION ESTABLISHING MINIMUM WAGE RATES TO BE PaID BY 
CONTRACTORS FOR LABOR ON THE EASTERN OREGON ROCK PRODUCTION PROJECT 
PWA DOCKET NO. OREGON 1373-F 


WHEREAS, a thorough investigation has been made of the hour- 
ly wage rates which are being paid in Eastern Oregon, which is the lo- 
eality in which the proposed project (hereinafter referred to as 
"project") is to be constructed by the Oregon State Highway Commis- 
sion, to employees in each trede or occupation engaged in work of a 
nature similar to the work to be performed in the construction of 
said project, and the prevailing hourly wage rates being paid in such 
locality to such employees for such work have been determined by an 
examination of the wage rates paid on various jobs as listed in our 
letter of November 1 to Mr. C. C. Hockley, which work is comparable 
to the work to be performed in this project. 


NOW, THEREFORE, Be It Resolved by the Oregon State Highway 
Commission of the State of Oregon that the following rates for the 
respective trades or occupations listed below shall be and are here- 
by fixed as the minimum hourly wage rates and have been determined 
in accordance with rates prevailing for work of a similar nature in 
the locality in which the project is to be constructed: 


Retort operator | 
Retort fireman 
Distributor driver 
Distributor leverman 
Power brooms 

Sloper - layout man 


Steel and tool dresser 


(Continued on next page) 
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A RESOLUTION ESTABLISHING MINIMUM WAGE RATES TO BE PAID BY 
COMTRACTORS FOR LABOR ON THE DEVIL'S GARDEN-QUARTZ MOUNTAIN SECTION 
PWA DOCKET NO. OREGON 1404-F 


WHEREAS, a thorough investigation has been made of the hour- 
ly wage rates which are being paid in Klamath and Lake counties, which 
is the locality in which the proposed project (hereinafter referred to 
as "project") is to be constructed by the Oregon State Highway Commis- 
sion, to employees in each trade or occupation engaged in work of a na- 
ture similar to the work to be performed in the construction of said 
project, and the prevailing hourly wage rates being paid in such local- 
ity to such employees for such work have been determined by an examina- 
tion of the wage rates paid on various jobs as listed in our letter of 
November 1 to Mr. C. C. Hockley, which work is comparable to the work 
to be performed in this project. 


NOW, THEREFORE, Be It Resolved by the Oregon State Highway 
Commission of the State of Oregon that the following rates for the re- 
spective trades or occupations listed below shall be and are hereby 
fixed as the minimum hourly wage rates and have been determined in ac- 
cordance with rates prevailing fer work of a similar nature in the lo- 
cality in which the project is to be constructed: 


Retort operator $1.00 - 
Retort fireman 873 
Distributcr driver -90 
Distributc> leverman 290 
Power broo..3 075 
Sloper - layout man 275 
Timber fallers -90 
Timber buckers 75 
Powderman 1.00 
Jackhammer men «75 
Steel and tool dresser 1.00 


_ Stat. drag scraper oper., up to l yd. cap. .80 
Stat. drag scraper oper., over l yd. cap. 1. 


Oiler ‘ 
Crusher feeder 075 
Road rollers (finishing high type pavement) 1.124 
Road rollers (grade and surfacing) 1.00 
Power shovels, draglines, cranes, over 1 yd. 

inc. all attachments 1.50 
Power shovels, draglines, cranes, 1 yd. 

and under, inc. all attachments 1.25 
Grease monkey .80 


Tractor oper., 75 HP and over, with attach. 1.25 
Tractor oper., 75 HP and over, without att. 1.00 
Tractor oper., 35 - 75 HP 1.00 
Tractor oper., under 35 HP 85 


(Continued on next page) 
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disposed of. The right of way for the north unit of the Oregon City project, 
he said, has been obtained and the Commission proposes to advertise for bids 
for the construction of this unit in the near future, probably in January of 
1939, tut the contracting of the south unit of the project will have to be de- 
ferred until right of way matters have been clarified. 


Mr. Caufield inquired whether or not the Commission has taken any 
action toward designating as a secondary state highway the county road extend- 
ing westerly from West Linn to a connection with the Pacific Highway West, as 
was heretofore requested by an Oregon City delegation. He was informe? by 
Chairman Cabell that, on account of shortage of funds for construction, the 
Commission does not feel that it is proper to place any more roads on the 
state highway system until the many roads now on such system have been rebuilt 
to proper standards; so the designation of the road under discussion as @ sec- 
ondary state highway will simply have t. wait until a more propitious time. 


Messrs. Earl J. Knutson, State Manager, and Glenn D. McNeilly, rep- 
resenting the California Western States Life Insurance Company, conferred 
with the Commission in regard to furnishing group insurance for state highway 
department employees. The matter was discussed at considerable length but no 
definite action was taken thereon, although the Commission advised that it 
would consider the matter and make a decision as soon as possible. The matter 
was referred to the Attorney for investigation and report. 


Following a discussion of this matter, the Commission considered the 
renewal of the agreements with the National Hospital Association of Portland, 
the Multnomah Industrial Health Association, Portland, and the Physicians and 
Surgeons Hospital Association of Salem, for the furnishing of medical and hos- 
pital service to state highway department employees. The Commission was ad- 
vised by the Attorney that the services rendered by these associations in the 
past have been satisfactory. In view thereof, the Commission decided unani- 
mously to continue these agreements for another year. 


Mr. H. R. Peetz, Turner, was present and suggested a new route for 
the Pacific Highway between Salem and Eugene, passing through or near the 
town of Turner. He submitted a map showing the proposed route and alleged 
that the adoption of the same would shorten the distance between Salem and 
Eugene by about 17 miles. He also alleged that the proposed route could be 
constructed on much straighter alignment than the present route and with few- 
er adverse grades. Furthermore, it would avoid crossing of the Southern Pa- 
cific railroad and the Willamette River. He advised that he has no particu- 
lar personal interest in the matter but simply wished to bring the route to 
the Commission's attention because it is so much shorter, straighter, and is 
much freer from adverse grades than the present route, on which a number of 
fatal accidents have occurred recently. Chairman Cabell thanked Mr. Peats 
for his suggestion and advised him that the Commission would be glad to bear 
it in mind for future consideration. 


A delegation from Polk and Benton Counties conferred with the Com- 
mission in regard to the improvement of the Kings Valley Secondary State High- 
way. Mr. H. J. Leverman, Pedee, headed the group, which included the 
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(Minimum wage rates, Eastern Oregon Rock Production Project, continued) 


Stat. drag scraper oper., up to l yd, cap. §$ .80 
Stat. drag scraper oper., over 1 yd. cap. 1. 

Oiler -80 
Crusher feeder 75 
Truck drivers, 3 ton & over, mfr. rated cap. .85 
Truck drivers, 14 - 3 ton, mfr. rated cap. Pi») 
Road rollers (finishing high type pavement) 1.124 


Road rollers (grade and surfacing) 1.00 
Power shovels, draglines, cranes, over 1 yd. 
with attachmer.ts 1.50 
Power shovels, draglines, cranes, 1 yd. and 
under, with attachments 1.25 
Grease monkey -80 


Tractor oper., 75 HP and over, with attach. 1.25 


Tractor oper., 75 HP and over, without att. 1.00 
Tractor oper., 35 > 5 HP 1.00 
Tractor oper., under 35 HP 85 
Power blade 1.123 
Elevating grader operators 1.00 
Power loader 1.00 
Common labor +50 


Be It Further Resolved that the foregoing list of trades or 
occupations includes to the best of our knowledge all the classifica- 
tions of employees who will be engaged in work on said project other 
than executive, supervisory, administrative, clerical, or other non- 
manual workers as such. 


The Commission adjourned at 12:30 o'clock p. m. and reconvened at 
2:00 o'clock p. m. in the same room with all Commissioners, the cane Highway 
Engineer, the Attorney, and the Secretary present. 


The Commission reconsidered the matter of the date for its next reg- 
ular meeting in December heretofore scheduled for Thursday, December 22, and 
decided to advance the date of such meeting to Monday and Tuesday, December 
19 and 20, 1938. The Secretary was instructed to arrange to hold such meeting 
in the auditorium of the Public Service Building, Portland, in accordance with 
the usual practice. It was tentatively decided to hold a conference with rep- 
resentatives of the United States Bureau of Public Roads and the United States 
Forest Service on the afternoon of Tuesday, December 20, to arrange a construc- 
tion program for the fiscal year 1940 forest highway funds. 


Messrs. Walter Buse and Raymond Caufield, Oregon City, representing 
the Oregon City Chamber of Commerce, came before the Commission and inquired 
as to the Commission's plans for the construction of the East Portiand-Oregon 
City Highway through Oregon City. They were informed by Chairman Cabell that 
the Commission has adopted a policy nct to construct highway projects wmtil 
all right of way matters in connection therewith have been satisfactorily 
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present road is in very bad condition and, in his estimation, there is suffi- 
cient travel over it to justify state maintenance. He advised that they are 
not asking for a permanent improvement but simply that the road be put in 
good condition and meintained properly. He filed with the Commission peti- 
tions bearing the names of 295 users of this road, urging the improvement of 
the same as a state highway route until the Wilson River Highway is complet- 
ed. Mr. McSorlie endorsed the remarks of Mr, Graham. 


After discussion the Commission approved the request and authorized 
the Engineer to maintain the additional section at state expense. The Engi- 
neer was instructed to consult with the W.P.A. officiels relative to the main- 
tenance of the used portion of the new grade of the Wilson River Highway up 
to the Consolidated Timber Company's plant in an endeavor to get the W.P.A. 
to assume this responsibility. If he is unsuccessful in this attempt, then 
he is authorized to maintain this section at state expense. ia) 


The Commission discussed with the Engineer the bids received at the be 
morning session for highway construction projects, including several that are 
to be financed in vart with P.W.A. funds. The following resolutions with re- 
spect to the award of the P.W.A. projects were adopted by the Commission by 
unanimous vote on motion of Commissioner Aldrich, which was duly seconded by 
Commissioner Tou Velle: 


A RESOLUTION AWARDING THE CONTRACT FOR THE CONSTRUCTION OF THE RICH- 
LAND-HALFWAY SECTION OF THE BAKER-HOMESTEAD HIGHWAY IN BAKER COUNTY 
DOCKET NUMBER OREGON 1294-F 


WHEREAS, bids received for the construction of the Rich- 
land-Halfway Section of the Baker-Homestead Highway in Baker County 
have been duly opened and read, in accordance with published notice, 
and compared, 


AND WHEREAS, the bid submitted by Norris Brothers, con- 
tractor, is the lowest responsible bid received and is within the 
funds available for the construction of the said project, ‘ 


NOW THEREFORE, Be It Resolved by the State Highway Com- 
mission of the State of Oregon that the contract for the construc- 
tion of the Richland-Halfway Section of the Baker-Homestead High- 
way in Baker County be and the same is hereby awarded to Norris 
Brothers, contractor, in the amount of Fifty-five Thousand Four 
Hundred Ninety-four Dollars and Fifty Cents ($55494.50), and 


Be It Further Resolved that this award shall not be ef- 
fective until the successful bidder hes been notified in writing 
of such award by the Secretary of the Oregon State Highway Commis- bs 
sion. 


following members: Messrs. Edward Turner, G. H. Fowler, and R. W. Craven, of | 
Independence; Messrs. Gardner and P. M. Ritner, of Pedee; County Commissioner 

Fred Gibson, and Harrison H. Brant, of Polk County; Gus A. Nyman, of Kings 

Valley; and Ira L. Vincent, of Wren, 


Mr. Leverman stated that the people served by this road are very 
anxious to have the road improved next summer and thought it best to bring 
the project to the Commission's attention at this time so as to make certain 
that it will be considered when the Commission arranges its 1939 construction 
program. He said that the section between Lewisville and Pedee should re- 
ceive first consideration, and advised that they would be satisfied with the 
improvement of the present road notwithstanding that it might be somewhat 
longer than is absolutely necessary. He said that their greatest concern is 
to secure a good, smooth, travelable, dustless road to be used the year round 
rather than to save them some distance. Mr. Leverman's remarks were endorsed 
by each of the other members of the delegation. 


The Engineer advised that a reconnaissance survey of the road is 
now being made and a report will be rendered to the Commission as soon as 
such survey is completed. 


Chairman Cabell advised that the Commission is not in a position 
at the vresent time to make any promises or commitments to the project but 
will be pleased to consider it in the formulation of future construction 


programs. 


Mr. Frank Forth, Ashland, was present in regard to damages that he 
alleges occurred to his property by reason of the reconstruction of the Pacif- 
ic Highway in the Siskiyou Mountains, south of Ashland. Mr. Forth alleged 
unfair treatment on the part of the highway department engineers and asked 
the Commission to widen the fill in front of his premises to provide a park- 
ing place 15 feet wide and about 150 feet long so that people can drive to 
his service station with safety. Mr. Forth also alleged that part of his 
property had been covered to a depth of 6 feet with materials from the high- 
way right of way, rendering this property valueless, and asked the Commission 
to pay him for this damage. This matter was discussed at considerable length 
but no definite action was taken thereon except that the Commission agreed to 
inspect the premises if it visits this district soon; otherwise, Commissioner 
— and the Engineer are to inspect the property personally before snow 

alls. 

A delegation from Forest Grove, consisting of Loyal M. Graham, John 
A. Thornburg, Hugh McGilvra, Fred Gardner, Mr. McSorlie, and Russell Stanton 
came before the Commission in regard to the Gales Creek Road. Mr. Graham 
headed the group. He pointed out that the state is now maintaining the Gales 
Creek Road as a temporary state highway route from Forest Grove to Balm Grove 
pending construction of the Wolf Creek and Wilson River Highways, and asked 
the Commission to extend this maintenance work approximately 4 miles, to the 
junction with the Wilson River Highway near Glenwood, and to maintain that 
portion of the new grade of the Wilson River Highway that is being used by 
traffic going to the Consolidated Timber Company's camp. He said that the 
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A RESOLUTION AWARDING THE CONTRACT FOR THE CONSTRUCTION OF 
THE MADRAS-DESCHUTES COUNTY LINE SECTION OF THE DALLES-CALIFORNIA 
HIGHWAY IN JEFFERSON COUNTY - DOCKET NUMBER OREGON 1347-F 


WHEREAS, bids received for the construction of the Madras- 
Descites County Line Section of The Dalles-California Highway, in 
Jefferson County have been duly opened and read, in accordance with 
published notice, and compared, 


AND WHEREAS, the bid submitted by Fisher Bros., contrac- 
tor, is the lowest responsible bid received and is within the funds 
available for the construction of the said project, 


WOW, THEREFORE, Be It Resolved by the State Highway Com- 
mission of the State of Oregon that the contract for the construc~ 
tion of the Madras-Deschutes County Line Section of The Dalles- 
California Highway in Jefferson County be and the same is hereby 
awarded to Fisher Bros., contractor, in the amount of Twelve Thou- 
sand Seventy Dollars ($12070.00), and 


Be It Further Resolved that this award shall not be ef- 
fective until the successful bidder has been notified in writing of 
such award by the Secretary of the Oregon State Highway Commission. 


A RESOLUTION AWARDING THE CONTRACT FOR THE CONSTRUCTION 
OF THE NEWPORT ROCK PRODUCTION PROJECT ON THE OREGON COAST AND CORVALLIS- 
NEWPORT HIGHWAYS IN LINCOLN COUNTY - DOCKET NUMBER ORZGON 1372-F,UNIT B 


WHEREAS, bids received for the construction of the New- 
port Rock Production Project on the Oregon Coast and Corvallis-New- 
port Highways in Lincoln County have been duly opened and read, in 
accordance with published notice, and compared, 


AND WHEREAS, the bid submitted by E. F. Altree, contrac- 
tor, is the lowest responsible bid received and is within the funds 
available for the construction of the said project, 


HOW THEREFORE, Be It Resolved by the State Highway Com- 
mission of the State of Oregon that the contract for the construc- 
tion of the Newport Rock Production Project on the Oregon Coast 
and Corvallis-Newport Highways in Lincoln County be and the same 
is hereby awarded to E. F. Altree, contractor, in the amount of 
Ten Thousand Nine Hundred Forty-eight Dollars ($10948.00), and 


Be It Further Resolved that this award shall not be ef- 


fective until the successful bidder has been notified in writing of 
such award by the Secretary of the Oregon State Highway Commission. 
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A RESOLUTION AWARDING THE CONTRACT FOR THE CONSTRUCTION OF THE 
CHARLESTON-MINER CREEK SECTION OF THE CAPE ARAGO SECONDARY 
HIGHWAY IN COOS COUNTY - DOCKET NUMBER OREGON 1322-F 


WHEREAS, bids received for the construction of the 
Charleston-Miner Creek Section of the Cape Arago Secondary Highway 
in Coos County have been duly opened and read, in accordance with 
published notice, and compared, 


AND WHEREAS, the bid submitted by Coos Bey Dredging Com- 
pany, contractor, is the lowest responsible bid received and is 
within the funds available for the construction of the said project, 


NOW THEREFORE, Be It Resolved by the State Highway Com- 
mission of the State of Oregon that the contract for the construc- 
tion of the Charleston-Miner Creek Section of the Cape Arago Second- 
ary Highway in Coos County be and the same is hereby awarded to 
Coos Bay Dredging Company, contractor, in the amount of Thirty-four 
Thousand Four Hundred Twenty-six Dollars and Twenty-five Cents 
($34426.25), and 


Be It Further Resolved that this award shall not be ef- 
fective wntil the successful bidder has been notified in writing 
of such award by the Secretary of the Oregon State Highway Commis- 
sicn. 


A RESOLUTION AWARDING THE CONTRACT FOR THE CONSTRUCTION OF 
THE ROCK CREEK-MORROW COUNTY LINE SECTION OF THE WASCO-HEPPNER 
SECONDARY HIGHWAY IN GILLIAM COUNTY - DOCKET NUMBER OREGON 1194-F 


WHEREAS, bids received for the construction of the Rock 
Creek-Morrow County Line Section of the Wasco-Heppner Secondary 
Highway in Gilliam County have been duly opened and read, in ac- 
cordance with published notice, and compared, 


AND WHEREAS, the bid submitted by H. L. Rice, contractor, 
is the lowest responsible bid received and is within the funds avail- 
able for the construction of the said project. 


NOW THEREFORE, Be It Resolved by the State Highway Com- 
mission of the State of Oregon that the contract for the construc- 
tion of the Rock Creek-Morrow County Line Section of the Wasco- 
Heppner Secondary Highway in Gilliam County be and the same is 
hereby awarded to H. L. Rice, contractor, in the amount of Thirty- 
two Thousand Three Hundred Forty-five Dollars ($32345.00), and 


Be It Further Resolved that this award shall not be ef- 


fective until the successful bidder has been notified in writing of 
such award by the Secretary of the Oregon State Highway Commission. 
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Chairman Henry F. Cabell announced at 3:30 o'clock p. m., for the 
benefit of contractors and others present, that there would be a slight delay 
in announeing the names of the successful bidders on the projects on which 
bids were received at the morning session, in order to secure P.W.A. approv—- 
al of the awards of the P.W.A. projects as made by the Commission. 


The Attorney reported that, according to present estimates, expendi- 
tures during 1938 for right of way will exceed $700,000, which is about 
$100,000 in excess of the amount budgeted for such purposes. The Commission 
took no action on the matter. 


The Engineer requested authority to acquire certain parcels of real 
property that are needed for various highway improvements throughout the 
state. He exhibited a list of such properties together with prices that he 
recommended be paid for each. After careful consideration the Commission 
approved the Engineer's request and by unanimous vote adopted the following 
resolution in regard thereto: ; 


WHEREAS, in connection with the further improvement of 
the highways hereinafter designated, it is and has been necessary 
to acquire property for right of way, quarry sites, gravel or other 
material sites, or sites for the storage of materials, as hereinaft- 
er more definitely set forth; and 


WHEREAS, as a result of negotiations carried on with the 
owners of the property required, options have been obtained, which 
options have been considered by the Commission, outiining the bases 
of settlement which have been agreed upon; and 


WHEREAS, it is the judgment of the Commission that the 
said options should be approved and accepted, and/or the said re- 
ports be declared acceptable to the State Highway Commission as 
bases of settlement for the properties involved, and that the ac- 
quisition of the properties should be completed; 


NOW, THEREFORE, BE IT RESOLVED that the several offers, 
or bases of settlement hereinafter enumerated be, and the same 
hereby are, approved and accepted, and that the Attorney for the 
State Highway Commission be, and he hereby is instructed to com- 
plete the acquisition of the said properties and to take title 
thereto in the name of the State of Oregon. The said properties 
hereby ordered and authorizec to be acquired are 4s follows: 


Section, Hwy., and Omer Purpose Acres Approximate Amounts Agent 


e $25 lump sun-for ry 
quitclaim deed Schannep 
JP Ck i! Dh hn. WEUisn2> wt La MI POWeaYy 2: 
64770-Ritchie, A. V. et al Cooperative payment of $500 to 
Clackamas County DeSouza 
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A RESOLUTION AWARDING THE CONTRACT FOR THE CONSTRUCTION OF 
A MAINTENANCE BUILDING AT ALBANY IN LINN COUNTY 
DOCKET NUMBER OREGON 1282-F 


WHEREAS, bids received for the construction of « mainten- 
ance building at Albany in Linn County have been duly opened and 
read, in accordance with published notice, and compared, 


AND WHEREAS, the bid submitted by Viesko & Hannaman, con- 
tractor, is the lowest responsible bid received and is within the 
funds available for the construction of the said project, 


NOW THEREFORE, Be It Resolved by the State Highway Commis- 
sion of the State of Oregon that the contract for the construction 
of & maintenence building at Albany in Linn County be and the same 
is hereby awarded to Viesko & Hannaman, contractor, in the amount of 
Twelve Thousand Eight Hundred Fifty-seven Poliars and Seventy Cents 
(12857.70), and 


Be It Further Resolved that this award shall not be ef- 
fective until the successful bidder has been notified in writing 
of such award by the Secretary of the Oregon State Highway Commis- 
sion. 


A RESOLUTION AWARDING THE CONTRACT FOR THE CONSTRUCTION OF 
THE LEBANON-FOSTER SECTION OF THE SANTIAM HIGHWAY IN LINN COUNTY 
DOCKET NUMBER OREGON 1372-F, Unit A 


WHEREAS, bids received for tne construction of the Lebanon- 
Foster Section of the Santiam Highway in Linn County have been duly 
opened and read, in accordance with published notice, and compared, 


AND WHEREAS, the bid submitted by A. S. Wallace, contrac- 
tor, is the lowest responsible bid received and is within the funds 
available for the construction of the said project, 


NOW, THEREFORE, Be It Resolved by the State Highway Com- 
mission of the State of Oregon that the contract for the construc- 
tion of the Lebanon-Foster Section of the Santiam Highway in Linn 
County be and the same hereby is awarded to A. S. Wallace, con- 
tractor, in the amount of Ten Thousand Eight Hundred Forty Dollars 
(£10840.00), and 


Be It Further Resolved that th’s award shall not be ef- 
fective until the successful bidder has been notified in writing 
of such award by the Secretary of the Oregon State Highway Commis- 
sion. 


RE ta hi ye ee 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


eset Flossie or 


James H. Adams R/W 0.44 $150 per a. plus $12.50 
McCallister 
6307-Coon, F. D. " 3.03 2.50 a. at $350 per a. 


0.53 a. at $50 per a. 
+ fencing + $448.50 7 


eeep Sum $175 for land, 
plus construction of 
‘ fence and cut and pile 


ich BB. et 1 Stock Pile 1.0 


6461-Gilbert, T.H. and 


D. C. Meyer 1d 
6462-Vincent, Bert »  ™ 9,92 Lump Sum $275 
6463- ALTERNATE: 1.22 Lump Sum $200, owner to 


Sits tcdougald, JF. 


d - Cen vi 
118-Great Northern Railway Co. 1.48 Lump Sum $100 Gardiner iM 
6117-Shevlin-Hixon Lumber Co. " 3.62 $50 per a. 4 


mv i 25°4- Y. PSS A’ 

See ettieneyer? Jacob R/T 72 "per a. plus $480 Benson 
6234-Good, Martha Gravel Pit 3.56 Lump Sum $10 " 
6232-Good, Martha R/W 5.58 Lump Sum $10 " 
6233-Lee, Alwyn F. ° 2.55 Land $5, plus $66 ad 
6235-Deschutes County Gravel Pit 1.24 Gratis " 
6229-Deschutes County R/W 107.743 Gratis n 


Lump Sum $1 


aaa igh 


F 6356-Tower, I 1 630 per a. Gardiner 

i 6355-Sengstacken,Henry, Co. 4.73 8 Sum $150 " 

y 6343-Briggs, P.H. et al " 510 sq.ft. 8¢ per sq.ft. " it 

a 6344-Anderson, Roscoe ° 272 sq.ft. 54 sq.ft. + moving a 

u bldg. (est. at $ 200) n * 

u 6342-Coos County ¥ 2 lots Gratis " \ 

a 6251-Collins, E. W. sd 3008 sqft. 14¢ sq.ft. " 
6346-Mills, Don F. ® 1698 sqft. $0.025 per sq.ft. " “ 

a rt ee 


0.19 $300 per a. plus $57 
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6353-Stimson, J. B. 


8502 


Section, Hwy., and Owner 


euger, Emil E. 


6369 

4599-Henricks, J. A. 
54,72-Smith, Geo. S. 
4588-Bissett, R. A- 
6368-May, Clifford 
3641-Duncan, Josephine M. 
54,74-Stolte, John 
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Maintenance 


- e on - Wolf Creek Highwa 
Be eat on 74) 3.33 


8 lots $30 3 
1.181 Lump Sum $350 
25 lots Lump Sum $1500 
31600 sq.ft.Lump Sum $1200 
2 lots $30 each 
10200 sq.ft.at 43¢ sq.ft. 
4 lots $30 per lot 


R 0.31 $150 per a.plus $7.50 
' McChesney 
4.59 1.97 a. at $150 per a. 
2.62 a. at $50 per a., 
plus $50 


$150 per a. + $142.50 ® 


Headquarters 


6273-Carstens, Clell B. . 5.53 1.0 a. at $100 per a. 
1.75 a. at $50 per a. 
2.78 a. at $20 per a. 
plus $6.90 7 
ey-Jewell - Ne 
5-Meier, Edwin Stock Pile 1.0 Lump Sum $75 . 
6417-Tidewater Timber Co. " ° 1.195 Lump Sum $1 ad 
6370-Western Cooperage Co.Quarry and 
Hauling Road 
Easement 5.93 Lump Sum $500 ss 
el Creek- e Cr = n 
5285-Frank, S.H. Co. ee and 
Tunnel Easement 0.0L, Lump Sum $1 " 
Can e = 
~Olson, Albert 9.63 $10+ per a.,Lump Sum $100 
McCallister 
6302-0'Neal, Beulah " 28.64 23.64 a. at $15 per a. 
5 a. at $40 per a., 
plus $320 ° 
6303-Garwood, Marion \ 1.36 $15 per a. plus $16.50 " 
6177~Garwood, Edgar M. ® 8.84 $15 per a. plus $155 ad 
6304-Erickson, A. E. " 11.26 $15 per a. plus $56.60 " 
ua River - 
309-—Moore, Ada 1.14 50 per a. plus nmov- 
ing fence sd 
6306—Adams, James H. " 0.59 $150 per a.plus $30.50 " 
6306A-Adams, James H. Gravel Pit 8.33 Lump Sum $500 ® 


and 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


The Minnie M. an 1.70 $80 per a.+ $75 + fenc- 


ing and gate construc- 


4 tion Wells 
: 6165-Henriksen, Orel " 922 sq.ft. at 6¢ sq.ft. + $7.50 
4 + construction of fence " 
‘ 5886-Stoffle, J. P. " 0.13 $1000 per a. + $270 ® 
3 5887-McCormach, W. H. ° 0.49 $1,000 per a.+ $547.50 " 
= 5 » Geo. A. " 1.08 $56.48 per a. + $39 ° 
4 §891-Beck, Fred W. ® 0.17 $1,000 per a. 5 
aA 5892-Sclmltz, Oscar H. " 1.020 0.834 a. at $40 per a. 
z 0.186 a. at $500 per a., 
plus $367 « 
5685-Lassen, C. W. ® 0.165 $1,000 per a. + $66.88 " 
5932-Nooy, John Hauling Road 2-yr easement for hauling 
Easement road purposes, $25 ° 


Qregon City Section — East Rorijeod-treeen City mE 
3055-Roake, L. V. 3015 sq.ft. (a 00 Lump Sum + 


2250 sq.ft,of land 
(b) $350 + cost of new 
bldgs (est.cost $3652.38 


and exchange of lots, + i 
moving machinery Parker - 
6468-Pope,- - - * 8415.75 sq.ft. 350 Lump Sum ® a 
Ggrbett—Dodson Section = Columbia River Eighrey -— 
1860-First Nat'l Bank ag 
of Portland R/W 104.0 $25 per 4. " Ff 
1859-Coopey, Minnie Franklin " 8.4 $25 per a. 0 


on — Oregon 


County 


6313-Clatsop 23 lots and unplatted parcel of 
land - Lxmp Sum $1 McChesney 
Lebanon-Foster Section - South Santiam Highway 
6466-Garland, Samuel M. Gravel Pit 7.8 5-yr lease at 3¢ cu.yd. 
Eason 


he Dalles 


R- L. and 
Fixley, W. C. R/W 0.13 Lump Sum $520 Devers 
zie eae ase 
Van Patten Lumber Co. Grade Change Lump Sum $2000 
damages " 


c ~_ No 
Ee County Stock Pile l block Gratis McCallister 
i - 
4651-Banks, Harry ie 344 sq.ft. Lump Sum $250 DeSouza 


NOV1i7 1938 


KOV17 1938 


Section, Hwy., and Omer Purpose Acres Approximate Amounts Agent 


Yili Creek-Marks Creek Section = Ochace ETRE —- 
31-Drew, Joseph M. 2.908 0.398 ae at $75 per a. 


1.55 a. at $100 per a. 
0.96 a. at $5 per 4., 


J 
} 
: 
: 
] 


plus $234 
6372-Ochoco Irrigation Dist. " 0.47 a. at $75 pera. + $71.25 " 
Yestilla-Hermiston Section oe een Ope 
341-Duvall, Nellie F. Stock Pile $40 per a. Wells 


: ection - Fremont Highway 
Ry , Richard, Jr. Gravel Pit 12.22 $81.83+ per a., plus 


(Correction) taxes ,—§$16s15 McCallister 
Creek on - J wa, 
Braga, Marie Stock Pile 0.92 $15 per a. plus $7.50 Wells 


” Stock Pile 1.0 Lump Sum $25 0" 


Hermiston Junction-E 
6319-Cunha, Joseph 
ee D.W., Estate Stock Pile 0.8% Lump Sum $30 Benson 


Se teen, J.Ac, Estate Maintenance 1.26 | Lump Sum $250 = McCallister 
and Stock Pile 


6458-Scott, W. L. Stock Pile 1.35 Land $100, plus $7.50 
plus fence Eason 
6402-Gardner, J.D. and First 
Nat'l Bank of Lebanon Gravel Pit 5-yr lease at 23¢ 
per cu.yd. McCallister 
Al Overcrossing Section - Ea 
4 Dodele, Martha Construction of sidewalk 
: and driveways, estimated 
cost $190.44 Booth 
5558-Jensen, Albert C. et al " 822 sq.ft. Land $1,000, plus 
$313.14 DeSouza 


589 } $80 per aot $1128.84 Parker 
5898-Tachella, Ralph " 8.89 $100 per a.+ $1889.83 

and cattle pass ° 
5904-Rothrock, John W, " 6.43 $125 per a.+ $2259.25 

and cattle pass ° 
5897-Harrah, Forrest * 5.77 $80 per a.+ $1343.60 

and cattle pass ? 


(Continued on next page) 


quarries or quarry sites, lime deposits, or other mineral 
deposits or formtions suitable for road constructiom, im- 
provement, betterment, of pavement, and that the said property or 
properties is or are necessary and needful and the acquisition 
thereof will be of advantage to the State of Oregon for the said 
purposes in order to make it possible for the State Highway Com- 
mission to construct, improve, maintain, and repair the said por- 
tion or portions of the said state highway system in accordance 
with the standards adopted by this Commission. 


2. That the State Highwey Engineer be and he hereby is 
instructed and directed to properly survey the parcel or parcels 
of land required for said purposes and to prepare proper and ade- 
quate descriptions thereof, which descriptions shall be employed 
in the preparation of a deed or deeds or other instrument or in- 
struments necessary to complete the acquisition of the said prop- 
erty or properties, or which said descriptions may be used in the 
preparation of a complaint in the event that condemnation proceed- 
ings are necessary. 


3. That the boundaries of the said parcel or parcels of 
land, as defined and determined by the paid survey made by the 
said Highway Engineer, shall be and the same hereby are adopted 
and the lands defined therein are hereby declared to be and the 
same shall be lands necessary for the purposes stated herein. 


4. That I. H. Van Winkle, Attorney General of the State 
of Oregon, and J. M. Devers, Assistant Attorney General and Attor- 
ney for the State Highway Commission, be and they are hereby re- 
quested, authorized, and directed to attempt to agree with the own- 
er or owners and/or with the tenants or persons in possession, if 
there be any, of said parcel or parcels ofland with respsct to the 
compensation to be paid for the takirz of the same and the damage, 
4f there be any, and in the event that no satisfactery agreement 
or agreements can be reached, then it is hereby further resolved 
that the Attorney General of the State of Oregon, and J. M. Devers, 
Assistant Attorney General and Attorney for the State Highway Com 
mission, be and they hereby are requested to commence <nd prosecute 
to a final determination such suit or action, or suits or actions, 
as may be necessary and appropriate to acquire title to the said 
premises and all rights therein for the purposes herein stated. 


5, That this resolution be entered in full in the min- 
utes and records of this Commission. ; 


WHEREAS, the State Highway Commission is by law authorized 
and directed to lay out, locate, designate, construct, improve, and 
naintain a system of state highways in the State of Oregon, and to 
acquire rights of way and to declare the necessity and need for the 
acquisition thwreof and the advantages to be gained thereby; 
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Section, Hwy., and Owner Purpose Acres ~° Approximate Amounts Agent . 


"38-53 «2.0 a. $60 per a. 
16.53 a. $15 per a., 
plus $238 McCallister 


Parkdale Section - Mt. Hood Loop Highway 
322-Magnuson, C. J. Stock Pile 0.71 Lump Sum $100 McChesney 


The Attorney reported that it probably will be necessary to insti- 
tute condemation proceedings to acquire a quarry site on the nroperty of John 
T. Black and William Berdine for the Myrtle Creek Section of the Pacific High- 
way, in Douglas County, and to acquire right of way needed for several con- 
struction projects. He requested authority from the Commission to institute 
condemnation proceedings if further negotiations reveal that to be absolutely 
necessary. The Commission approved the request and by unanimous vote adopted 
the following resolutions in regard thereto: 


Ly 0} 
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WHEREAS, the State Highway Commission is by law authorized 
and directed to lay out, locate, designate, construct, improve, and 
maintain a system of state highways in the State of Oregon and to 
acquire by donation, purchase, agreement, condemation, or by the 
power of eminent domain title to land upon or under which there is 
gravel, gravel beds or bars, sand, sand beds or bars, rock, boulders, 
quarries or quarry sites, lime deposits, or other mineral deposits 
or formations suitable for road construction, improvement, better- 
ment or pavement, and to declare the necessity and need for the ac- 
quisition thereof and the advantages to be gained thereby; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission as follows: 


1. That the State Highway Commission does hereby find and 
declare that it is necessary and will be of advantage to the State 
of Oregon and there is need that the State acquire for the purposes 
of road construction, improvement, betterment, repair and mainten- 
ance, and for the purpose of ‘the manufacture of road materials on 
the following section or sections of the state highway system of 
the State of Oregon, to wit: 


Myrtle Creek Section of the Pacific Highway 


land and property owed by or in the possession of the following 
parties and/or persons, to wit: 


John T. Black and William Berdine 
as their respective interests may appear, and *+his Commission does 


hereby declare further that the said property or properties contain 
gravel, gravel beds or bars, sand, sand beds or bars, rock, boulders, 
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3. That the boundaries of the said parcel or parcels of 
land, as defined and determined by the said survey made by the said 
Highway Engineer, along the route or location adopted by the High- 
way Commission, shall be and the same hereby are adopted and the 
lands defined therein are hereby declared to be and the same are 
included within the rights of way of the said portion or portions 
of the said state highway system and hereby are declared to be nec- 
essary for the proper location, improvement, construction, and 
maintenance af the said portion or portions of the state highway 
system. 


= a oe 


4. That I. H. Van Winkle, Attorney General of the State 
of Oregon, and J. M. Devers, Assistant Attorney General and Attor- 
ney for the State Highway Commission, be and they are hereby re- 
quested, authorized, and directed to attempt to agree with the own- 
er or owners and/or with the tenants or persons in possession, if 
there be any, of said parcel or parcels of land with respect to 
the compensation to be paid for the taking of the same and the dam- 
age, if there be any, and in the event that no . atisfactory agree- 
ment or agreements can be reached, then it is b...eby further re- 
solved that the Attorney General of the State of Oregon and J. M. 
Devers, Assistant Attorney General and Attorney for the State High- 
way Commission, be and they hereby are requested to commence and 
prosecute to a final determination such suit or action or suits or 
actions, as may be necessary and appropriate to acquire title to 
the said premises and all rights therein for the purposes herein 
stated. 


5. That this resolution be entered in full in the minutes 
and records of this Commission. 


A letter was presented from Mr. Fentress Hill, Agent and Attorney 
in Fact for the Detroit Trust Company, Trustees, requesting, in behalf of 
Walker & Hovey, logging operators near Beatty, Oregon, authority to purchase 
approximately 2,000 cubic yards of rock from a state quarry near Beatty for 
use in connection with surfacing of certain roads tat are being used in con- 
nection with their logging operations. The Commission denied the request as 
a matter of policy. 


Chairman Cabell left the meeting at 4:15 o'clock p. mn. 


At 4:30 o'clock p. m. the Engineer publicly announced the following 
awards of contracts and sale of buildings, bids for which were taken at the 
morning session, such awards and sales having been previously approved by the 
unanimous vote of the Commission and by the P.W.A. officials with respect to 
the P.W.A. projects: 


"Richland-Halfway Section of the Baker-Homestead Highway, in 
Baker County. 18.0 miles oil mat surface treatment. The low bid 
for this project was that submitted by Norris Bros., Burlington, 
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NOW, THEREFORE, BE, IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission as follows: 


oumapiee 


1. That the State Highway Commission does hereby find and 
declare that it is necessary and will be of advantage to the State 
of Oregon and there is need that the State acquire for right of way 
purposes in connection with the permanent location, construction, 
improvement, and maintenance of the following section or sections of 
the state highway system of the State of Oregon, to wit: 


Ochoco Dam-Marks Creek Section of the Ochoco Highway 
Charleston-Miner Creek Section of the Cape Arago Highway 
Dillard Section of the Pacific Highway 

Drews Valley Section of the Klamath Fells-Lakeview Highway 
Sweet Home Section of the Santiam Highway 


land and property owned by or in possession of the following parties 
and/or persons, to wit: 


Ochoco Dam-Marks Creek Section of the Ochoco Highway 
6032A-Ochoco Timber Company 

Charleston-Miner Creek Section of the Cape Arago Highway 
6348-G. Von Salzen 
6349-Lillian Smith 
6357-Nick Bastendorf Estate 

Dillard Section of the Pacific Highway 
6308-Jennie McKay 

Drews Valley Section of the Klamath Falls-Lakeview Highway 
6022-Mathew Zdroleas 

Sweet Home Section of the Santiam Highway 
6291-Vivian Weddle Long 
6292-G. E. Long 


as their respective interests may appear, and this Commission does 
hereby declare further that the said property or properties are 
necessary, are needful, and the acquisition thereof will be of ad- 
vantage to the State of Oregon for right of way purposes in order 

to make it possible for the State Highway Commission to properly 
locate, construct, and maintain said portion or portions of the said 
state highway system in accordance with standards adopted by this 
Commission relative to curvature, grades, alignment, drainage, and 
factors of safety. 


2. That the State Highway Engineer be and he hereby is 
instructed and directed to properly survey the parcel or parcels of 
land required for such right of way purposes and prepare proper and 
adequate descriptions thereof, which descriptions shall be employed 
in the preparation of a deed or deeds or other instrument or instru- 
ments necessary to complete the acquisition of the said property or 
properties or which descriptions may be used in the preparation of 
a complaint in the event that condemnation proceedings are necessary. 
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"Odell Lake-Walker Mountain Section of the Willamette Highway, 
in Klamath County. 23.0 miles surfacing and oiling; also furnish 
6,000 cubic yards crushed rock in stock piles. Fisher Bros., Ore- 
gon City, submitted the low bid for this project at $131,466.00. 
Mountain States Cohstruction Company, Eugene, submitted the next 
low bid at $131,476.00. There were 8 higher bids submitted. The 
Commission has awarded the contract to the low bidders, Fisher 
Bros., at their bid of $131,466.00. 


"Newport Rock Production Project on the Oregon Coast and Cor- 
vallis-Newport Highways, in Lincoln County. Furnish 6,000 cubic 
yards crushed rock in stock piles. 5 bids were received for this 
project, the low one being that of Lk. F. Altree, Agate Beach, at 
$10,948.00. The second low bid was submitted by A. S. Wallace, 
Roseburg, at $12,325.00. The Commission has awarded the contract 
to E. F. Altree, the low bidder, at his bid of $10,948.00. 


"Yaintenance Building at Albany, in Linn County. Viesko & 
Hannaman, Salem, submitted the low bid for this project at 
$12,857.70. Keebler Bros., Lebanon, submitted the next low bid 
at »919.05. There were 5 higher bidders. The Commission has 
awarded the contract to Viesko & Hannaman at their low bid of 
$12,857.70. 


"Lebanon-Foster Section of the Santiam Highway, in Linn Coun- 
ty. Furnish 7,500 cubic yards crushed rock or crushed gravel in 
stock piles. The low bid for this project was submitted by A. S. 
Wallace, Roseburg, at $10,840.00. The second low bid was submit- 
ted by D. L. Ashton, Lebanon. at $10,865.00. There were 2 high- 
er bidders. The Commission has awarded the contract to the low 
bidder, A. S. Wallace, at his bid price of $10,840.00. 


* <r 
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"State Hospital-Ash Street Unit of the Pendleton Landscap- 
ing Project on the Old Oregon Trail, in Umatilla County. Road- 
side improvement. 3 bids were received for this project, the low 
one being that of Leonard & Slate, Multnomah, at $4,144.00. The 
next low bid was submitted by Contracting & Sales Company, Inc., 
Portland, at $5,489.00. The Commission has referred the bids to 
the Engineer with power to award the contract to the low bidders, 
Leonard & Slate, when certain conditions have been satisfied." 


Buildings in Albany 


"Building No. 4955, formerly owned by Melissa J. Kitchen. 
No bids were received by the Commission for the purchase of this 
building. 


"Building No. 5130, formerly owned by Chas. Childs and Wn. 
Eagles. The only bid received by the Commission for the purchase 
of thie building was that submitted by W. A. Jones, Albany, at 
$11.00. The Commission accepted the offer of Mr. Jones. 
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Washington, at $55,494.50. The next low bid was that of Babler 
Bros., Portland, at $59,707.00. There were 4 higher bidders. The 
Commission has awarded the contract to Norris Bros., the low bid- 
ders, at their bid price of $55,494.50. 


“pearl ea Nine Ne a 


"Construction of Shipley Bridge on Market Road No. 12, in 
Clackamas County. Joplin & Eldon, Portland, submitted the low bid 
at $41,712.00. Contracting & Sales Company, Portlend, submitted 
the next low bid at $44,955.00. There were 4 higher bidders. 
These bids were received for and in behalf of the Clackamas County 
Court, to which they are being referred. The Commission has been 
informed that the County Court will consider them at 10:00 o'clock 
a. m., on November 21, 1938, in the Clackamas County Courthouse, 
Oregon City. 


eee. 


"Charleston-Miner Creek Section of the Cape Arago Secondary 
Highway, in Coos County. 1.49 miles grading ani surfacing. 3 bids 
were received for this project, the low one being that of Coos Bay 
Dredging Company, Marshfield, at $34,426.25. The next low bid was 
submitted by Leonard & Slate, Multnomah, at $35,277.00. The Com- 
mission has awarded the contract to the Coos Bay Dredging Company, 
the low bidder, at its bid price of $34,426.25. 


"Rock Creek-Morrow County Line Section of the Wasco-Heppner 
Secondary Highway, in Gilliam County. 2.99 miles grading. The low 
bid received for this project was submitted by H. L. Rice, Portland, 
at $32,345.00. The next low bid was submitted by Joplin & Eldon, 
Portland, at $38,462.50. There were 13 higher bidders. The Com- 
mission has awarded this contract to the low bidder, H. L. Rice, at 
his bid of $32,345.00. 


"North Unit, Bear Canyon-State Line Section of the Pacific 
Highway. 2.29 miles grading. 9 bids were received for this proj- 
ect, the low one being that of Harold Blake, Portland, at 
$163,808.00. The next low bid was that of BE. L. Gates, Flora, at 
$165,407.50. The Commission has awarded the contract to Harold 
Blake, the low bidder, at his bid price of $163,808.00. 


"Madras-Deschutes County Line Section of The Dalles-California 
Highway, in Jefferson County. Furnish 7,100 cubic yards crushed 
rock in stock piles. Fisher Bros., Oregon City, submitted the low 
bid for this project at $12,070.00. Clifton & Applegate, Spokane, 
Washington, submitted the second low bid at $12,425.00. There were 
7 higher bids submitted. The Commission has awarded the contract 
to’the low bidders, Fisher Bros., at their bid price of $12,070.00. 


"Main Street Undercrossing in Klamath Falls. 2 bids were re- 
ceived for this project, the low one being that of C. J. Montag & 
Sons, Portland, at $103,000.00, and the other bid being that of 
Clifford A. Dunn, Klamath Falls, at $116,423.00. The Commission 
has awarded the contract to C. J. Montag & Sons, the low bidders, 
at their bid of $103,000.00. 
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an unusual opportunity et this time to attract people to this state, and it Be 
would not be a permanent proposition. He advised that the committee would 3 =: 
present its recommendations in writing on the following day. ¢g 


Chairman Cabell thanked the committee for the service that it has 
rendered and advised that it has been of inestimable value to the Commission 
in its work. 


There followed a general discussion of miscellaneous matters, among 
which we:‘e the following: a) Appointment of a special committee as hereto- 
fore recommended by the Advisory Committee, to make a study of Oregon condi- 
tions tending to affect tourist traffic. Mr. Jenkins said that the Advisory 
Committee wishes to urge upon the Commission the importance of this matter. 
Chairman Cabell advised that the Highway Commission expects to act on this 
recommendation in the near future. (2) Use of colored motion pictures pre- 
pared by Miss. Kathryn Gunnell, Salem, at the San Francisco World's Fair. Mo- 
tion was made by Mr. Chessman that Miss Gunnell's films be not used and that 
her offer be tabled without action. The motion was seconded by Mr. Ball and, 
after considerable discussion, carried by the unanimous vote of the committee 
members present. Mr. Say was instructed to inform Miss Gunnell of the action 


After further discussion of a general nature, the meeting was ad- 
journed at 9:00 o'clock p. m. with the understanding that the membere of the 
committee would present their written recommendations to the Commission in 

person on the following morning in the auditorium of the Public Service Build- 


ing. 


__ hiatagr ere 


State Highway Engineer ——~ _ Commissioner 


YY VY hart0g bie A 
Secretary Fa Commissioner 


Portland, Oregon, November 18, 1938 


The State Highway Commission met in regular session at 9:00 o'clock 
a. m. in the Auditorium of the Public Service Building. Present were: 


Henry F. Cabell, Chairman 
E. B. Aldrich, Commissioner 

F. L. Tou Velie, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

B. Glaisyer, Secretary 


—e en 
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"Building No. 4957, formerly owned by Barbara Kinney. No bids 
were received for the purchase of this building. 


"Building No. 4958, formerly owned by Gladys V. Holloway. 9 
bids were received for the purchase of this building, the high one 
being that of Wilbert Bilyeu, Albany, at $75.46. The next high 
bid was submitted by C. E. Volz, Albany, at $75.00. The Commis— 
sion considers the bid of Wilbert Bilyeu satisfactory and accord- 
ingly has sold the building to him for $75.46. 


"Building No. 4972, formerly owned by S. J. Brown. V. L. Volz, 
Albany, submitted the high bid for this building at $61.00. Mr. 
and Mrs. H. D. Rohde, Albany, submitted the next high bid at $51.00. 
There were 2 other bidders. The Commission has sold the building 
to V. L. Volz at his bid price of $61.00. 


"Building No. 5162, formerly owned by Nancy Gray. The high 
bid for this building was submitted by C. E. Volz, Albany, at 
$80.00. The next high bid was submitted by Chas. Childs, Albany, 
at $77.00. There were 2 other bidders. The Commission considers 
the offer of C. E. Volz satisfactory and has sold the building to 
him for $80.00." 


The Attorney was authorized by the Commission to dispose of the 
other buildings at private sale if he can secure a satisfactory offer. 


The Commission adjourned at 5:00 o'clock p. m. and reconvened at 
7:00 o'clock p. m. in the dining room of the Benson Hotel for a conference 
with the Advisory Board on Publicity Matters. All members of the Commission 
were present at this conference. Also present were the State Highway Engi- 
neer, the Attorney, the Secretary, and the Director of the Travel and Infor- 
mation Department, Mr. Harold B. Say. Members of the Advisory Committee 
present were: Messrs. Frank Jenkins, Acting Chairman; John Laing, Hugh Ball, 
R. R. Cronise, Merle Chessman, Ed. W. Miller, Charles Reynolds, Robert W. 
Ruhl, and Donald Sterling. 


Matters pertaining to the Travel and Information Department were 
discussed briefly, particularly the travel budget for the year 1939. Mr. 
Jenkins sdvised thet the committee, in its deliberations this date, decided 
to recommend to the State Highway Commission increasing the budget to 
$120,000 for the year 1939, it being the opinion of the committee that the 
San Francisco World's Fair, which is to take place in 1939, presents an un~ 
usual opportunity for advertising the State of Oregon. It is planned, he 
said, to spend the extra amount for publicity outside of the State of Oregon 
in an endeavor to reach people before they definitely decide their vacation 
itinerary, so as to make certain that they will consider visiting Oregon 
either enroute to or from the San Francisco Fair. He advised that the com- 
mittee does not want the State Highway Commission to feel that by approving 
an increase in its travel budget for 1939 it would be establishing a prece- 
dent for future increases, because that it) not what the committee has in 
mind, the idea being simply to take advantage of what the committee considers 
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WARM SPRINGS SECONDARY HIGHWAT 
VANORA-MADRAS SECTION - SURFACING AND OILING 


J. C. Compton 


McNutt Bros. 

0. C. Yocom ee 

Saxton, Looney & Risley » 633. 

A. Milne 85, 782.00 
Fisher Bros. 86, 204.00 
a Norris Bros. 89,443.00 
Mountain States Construction Company 91,497.00 
Babler Bros. 93, 835.00 
4 A. C. Greenwood, Inc. 93,931.00 
; Newport Construction Company and Kern & Kibbe 96,075.20 
fs Joplin & Eldon 96, 825.00 
: E. C. Hall Company ‘ 97,999.20 
- Harold Blake 102,312.75 
: Homer G. Johnson 103, 584.00 


R. Qo. Deil and Warren Bros., Inc. 112,739.00 


JOHN DAY HIGHWAY 
JAMIESON-LANCASTER SECTION 
GRADING, SURFACING AND OILING, TIMBER BRIDGES, CRUSHED GRAVEL 


‘ Leonard & Slate § 66,179.00 
. Triangle Construction Company 73,596.00 
E. L. Gates Th, 3036.00 
Homer G. Johnson 77,400.50 ata 


McNutt Bros. 82,179.50 Gg - 


EAST CITY LIMITS OF SALEM 
FRAME BUILDING FOR CAR STORAGE 


Carl Bahlburg 2, -00 
Robert L. Forster 2,391.70 
Erwin E, Batterman 2,426.00 
Contracting & Sales Company, Inc. 2,490.00 
Frank Watt Construction Company 2,636.00 


COLUMBIA RIVER HIGHWAY 
CORBETT STATION-ROOSTER ROCK SECTION 
CLEARING, GRADING, ROCK TOE EMBANKMENT 


Colonial Construction Company 
Leonard & Slate 


Harold Blake 139,520.00 
E. L. Gates 143,045.00 4 
Berke Bros., Inc. 144,485.00 t 


Kuckenberg Construction Company 148,570.00 
(Continued) 


Bids as follows for highway construction projects were opened and . 
read in conformance with previously published notice: 


NEHALEM SECONDARY HIGHWAY 
OLNEY-JEWELL SECTION - CRUSHED ROCK IN STOCK PILES 


D. L. Ashton $ 10,272.00 
R. 0. Dail and Warren Bros. 11,995.00 
A. S. Wallace 12,275.00 
Saxton, Looney & Risley 12,900.00 
Dolan Construction Company 14,730.00 
Tidepoint Company 17,520.00 


OCHOCO HIGHWAY 
OCHOCO DAM-MARKS CREEK SECTION 
GRADING, TRESTLE BRIDGES, SURFACING AnD OILING, CRUSHED ROCK 


McNutt Bros. $171, 965.30 
Leonard & Slate 178,452.50 
Babler Bros. 179,673.00 
Edwin C. Gerber 180,201.00 
Mountain States Construction Company 195,853.50 
Joplin & Eldon 198, 773.00 
Clifferd A. Dunn 204 , 558.00 
A. C. Greenwood, Inc. 206, 290.00 
Roy L. Houck 208,138.70 
E. C. Hall Company 212,871.92 
Honer G. Johnson 235,378.00 


CENTRAL OREGON HIGHWAY 
ROADSIDE OASIS AT BROTHERS 


D. L. Ashton $ 6,211.65 
W. H. Philpott 6,569.00 
PACIFIC HIGHWAY 
UMPQUA RIVER BRIDGE SECTION - BRIDGE AND ROADWAY APPROACHES 
_ C. J. Montag & Sons $119,000.00 
Mountain States Construction Company 119,391.00 
Theo. Arenz 120,853.00 
Leonard & Slate 125,505.00 
WILLIAMS AND MEDFORD-PROVOLT SECONDARY HIGHWAYS 
POWERS RANCH-JACKSONVILLE SECTION 
CRUSHED GRAVEL IN STOCK PILES 
R. I. Stuart & Sons § 11,195.00 
A. S. Wallace 11,233.00 
D. L. Ashton 12,226.00 
Saxton, Looney & Risley 14,925.00 
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(Sheridan-Polk County Line Section, continued ) 


J. C. Compton $ 21,587.50 
Harold Blake 23,697.00 
Warren Northwest, Inc. 24,350.00 


Chairman Cabell announced that the award of contracts would be made at 3:30 
o'clock p. m. in the same roon. 


The Commission discussed the matter of acquiring a portion of the 
right of way that is needed for the proposed traffic separation structure on 
thé Pacific Highway at the intersection of Denver Avenue and Union Avenue, 
Portland, so as to allow Mr. Dewey D. Gault, who owns a boat moorage 4 short 
distance east of the highway at this location, access to his property. It 
appears that Mr. Gault formerly had access to his via the Swift Sec- 
ondary Highway, crossing under the end of the Interstate Bridge, but such ac- 
cess is no longer available to him because the short section of the Swift 
Secondary Highway which was abandoned when a new approach to the Pacific 
Highway was completed has been allowed by Multnomah County to revert to the 
adjacent property owner, Mir. Joek J. Westerlund, who is making use of the 
property in connection with his boat~-building business, and as a result Mr. 
Gault's patrons are being greatly inconvenienced and he is losing consider- 
able business thereby. Because of these conditions, Mr. Gault is extremely 
anxious to improve his roadway facilities and would like to secure permission 
from the Commission to construct an approach road to the highway directly 
from his premises on the east side thereof. 


This matter was discussed by the Commission at a previous meeting, 
at which time the Commission instructed the Attorney to look into the matter 
of acquiring a portion of the right of way needed for the grade separation 
project with a view in mind that it might be possible to solve Mr. Geult's 
problem without bringing the traffic from his private road directly onto the 
highway area where it would cause an undue traffic hazard in view of the 
large volume of traffic on the Pacific Highway at this place. 


The Attorney rendered a tentative report on the right of way situ- 
ation, which included a proposition for an exchange of properties on the east 
side of the highway, involving an expenditure of about $3,500 of state funds, 
and @ report on the sitvntion ment‘ yned above with respect to the status of 
the roadway that is uow being used by Mr. Gault through the Westerlund hold- 
ings. The question arose whether or not it would be possible to construct 
a portion of the grade separation project, particularly that part which would 
provide a new connection of Swift Secondary Highway with the Pacific Highway, 
passing under the Pacific Highway near the end of the Interstate Bridge. 


The Engineer advised that such project would cost approximately 
$60,000 to construct end in addition thereto it would be necessary to acquire 
right of way, which probably could not be purchased for less than $25,000. 

He gave as his thought, in view of the amounts involved, that it would be 
better and cheaper to assist Mr. Gault in securing the right of way through 
the Westerlund property, which would give him the same access to his property 
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(Corbett Station-Rooster Rock Section, continued) 


Oregon Contracting Company $151,295.00 
K. L. Goulter 4 151, 848. 50 
J. A. Lyons 163,405.00 
A. C. Greenwood, Inc. 168,855.00 
Parker-Schram Company 177,655.00 
Joplin & Eldon 178,145.00 
Kern & Kibbe 180,092.50 
McNutt Bros. 180, 781.00 
Birkemeier & Saremal 184,176.00 
J. C. Papin 187,800.00 
Hauser Construction Company 197,860.00 
Homer G. Johnson 216,565.06 


SHERMAN HIGHWAY 
MORO-WASCO COUNTY LINE SECTION - CRUSHED ROCK IN STOCK PILES 


H. Le Rice $ 13,833.00 
Rogers Construction Company 13,833.00 
Clifton & Applegate 14, 703.00 
Fisher Bros. 14, 790.00 
A. S. Wallace 15,360.00 
Saxton, Looney & Risley 16,008.00 
R. 0. Dail and Warren Bros., Inc. 17,400.00 
Schmeer, Williams & Gentemann 19,053.00 


OREGON-WASHINGTON HIGHWAY 
PENDLETON-STATE FARM SECTION - GRADING AND OILING 


M. L. O'Neil & Son $ 74,901.00 
Roy L. Houck 75 440.10 
Leonard & Slate 7%, 001.50 
Newport Construction Company and Kern & Kibbe 7,492.7 
E. L. Gates 83, 869.50 
Yarold Blake 82,173.50 
Fisher Bros. 83, 799.50 
McNutt Bros. 4,105.00 
White Trucking Company 86,504.50 
Clifton & Applegate 9,756.50 
Diesel Oil Sales Company 89, 356.50 
J. A. Lyons 93,912.00 
Homer G. Johnson 94,079.00 
Colonial Construction Company 96, 754.40 
A. C. Greenwood, Inc. 97,141.00 
SHERIDAN-LINCOLN COUNTY ROAD 
SHERIDAN-POLK COUNTY LINE SECTION - GRADING, SURFACING, OILING 
0. C. Yocom $ 18,887.00 
Mountain States Construction Company 19,401.50 
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WHEREAS at a meeting of the Advisory Committee of the 
Travel and Information Department of the Oregon State Highway Com- 
mission held on November 29, 1937 4 resolution was adopted as fol- 
lows: 


"That it is the opinion of the Advisory Committee 
that a necessary concomitant of a successful advertising 
undertaking is a study of the thing that is advertised 
for the purpose of bringing about such improvement as may 
tend to larger sales, and therefore the committee recom- 
mends to the Highway Commission the appointment of a com- 
mittee to make a study of Oregon conditions tending to af- 
fect tourist travel, said committee to make recommendations 
for changes and betterments that will lead to a more effi- 
cient meeting of modern tourist advertising competition 
and tend to enlarge tourist business in the state," and 


WHEREAS the Highway Commission has taken no action on 
this recommendation of the Advisory Committee: 


NOW THEREFORE BE IT RESOLVED that the Committee urge again 
upon the Highway Commission the importance of having the study made 
as recommended in 1937. 


In renewing this recommendation the Advisory Committee 
calls attention to the fact that many other states are advertising 
for tourist business in the same manner that Oregon is advertising, 
that so far as highway conditions are concerned there is little to 
choose between the states so advertising, and that said states of- 
fer varicties of scenic attraction and tourist resource as inter- 
esting in their way as are those of Oregon. This being so the 
Committee urges the proposition that if Oregon wishes to differen- 
tiate itself from the other states it can best do so by making the 
recommended study and thereafter carrying out suggestions made in 
the study report. 
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The Commission adjourned at 12:15 o'clock p. m. and reconvened at 
2:00 o'clock p. m. in the same room with all Commissioners present and par- 
ticipating. Also present were the State Highway Engineer, the Attorney, and 
the Secretary. q 


The Commission had under consideration the tabulation of bids re- 
ceived at the morning session for highway construction projects and decided 
to award the contract in each instance to the low bidder except as follows: 


In the case of the bids received for the Powers Ranch-Jacksonville 
Section of the Williams and Medford-Provolt Secondary Highways, the Commis- 
sion referred the bids to the Ingineer to award the contract to the low bid- 
der when such bidder signs the noncollusion affidavit as required by the 
P.W.A. authorities. In the event the low bidder refuses to sign such affi- 
davit the Engineer is then authorized to award the contract to the second low 
bidder. 


POE LLL LOL A A ENG 


NOVis 1938 


4 cM 


that he previously enjoyed and would avoid a private-road entrance to the high- 
way where there would be danger of accidents. 


Mr. Gault was called into conference at this time and was informed 
by Chairman Cabell that the Commission is having difficulty in solving his 
problem. He advised that the Commission is of the firm belief that the con- 
struction of a private roadway approach to the highway at the point desired 
by Mr. Gault would cause a very serious traffic hazard, and, accordingly, the 
Commission would have to oppose him if he proceeded with his plans for the 
same. He further advised that the Commission has discussed the matter of con- 
structing a portion of the grade separation structure but it is an expensive 
project and the Commission does not feel justified in going to that expense 
at this time, particularly in view of the fact that the Commission has not 
adopted any definite plan as yet for the grade separation improvement. He 
inquired as to whether or not it would be possible for Mr. Gault to force @ 
way through the Westerlund property. Mr. Gault replied that he did not think 
that would be possible at reasonable expense. The Commission expressed a de- 
sire for definite information with respect to the cost of the right of way 
for the partial highway improvement, and accordingly, efter further discussion 
instructed the Attorney to secure options for such right of wey across the 
properties of Mr. Gault, Leonard F. Willmot, and Joel J. Westerlund. The En- 
gineer was instructed by the Commission to furnish the Attorney with descrip- 
tions of the several parcels, that through the Westerlund property to be of 
the narrowest width possible that will accommodate traffic going to and from 
the Gault boat moorage. 


The following members of the Advisory Committee on Publicity Mat- 
ters appeared before the Commission at this time: Messrs. Frenk Jenkins, 
Merle Chessman, John Laing, and R. R. Cronise. Mr. Jenkins read aloud and 
presented to the Commission the committee's recommendations adopted at its 
meeting on the previous day, with respect to the budget and activities of the 
Travel and Information Department for the year 1939. He pointed out particu- 
larly that the Advisory Committee is recommending to the Commission a budget 
of $120,000 for the Travel and Information Department for the year 1939, be- 
ing $20,000 more than the amount set up in the budget for 1938, and explained 
that the committee feels that the increase in the amount is justified in view 
of the unusual opportunity that will be evailable next year by reason of the 
San Francisco World's Fair, to attract tourists to the State of Oregon. He 
further stated that it is not the idea of the Advisory Committee that the in- 
crease be a permanent proposition, neither does the committee feel that the 
approval of the increased amount for 1939 will constitute a precedent upon 
which to base future increases. After discussion the Commission accepted and 
approved the recommendations of the Advisory Committee by unanimous vote, in- 
cluding the recommendation for increase in the budget for 1939, with the un- 
derstanding that the budget for 1940 will be reduced to $80,000, if necessary, 
and in any event will not exceed $100 000. Mr. Jenkins also presented the 
following resolution adopted by the Advisory Committee, urging upon the High- 
way Commission the importance of appointing 4 special committee to make a 
study of Oregon conditions tending to affect tourist travel: 
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contractor, is the lowest responsible bid received and is within a 
the funds available for the construction of the said project, 


NOW THEREFORE, Be It Resolved by the State Highway Com- 
mission of the State of Oregon that the contract for the construc- 
tion of the Umpqua River Bridge Section of the Pacific Highway in 
Douglas County be and the same is hereby awarded to C. - Montag & 
Sons, contractor, in the amount of One Hundred Nineteen Thousand 
Dollars ($119,000.00), and 


Be It Further Resolved that this award shall not be ef- 
fective until the successful bidder has been notified in writing of 
such award by the Secretary of the Oregon State Highway Commission. 


A RESOLUTION AWARDING THE CONTRACT FOR THE CONSTRUCTION OF THE POWER’ 
RANCH-JACKSONVILLE SECTION OF THE WILLIAMS AND MEDFORD-PROVOLT SECONDARY 
HIGHWAYS IN JACKSON AND JOSEPHINE COUNTIES 
’ DOCKET NUMBER OREGON 1348-F 


WHEREAS, bids received for the. construction of the Powers 
Ranch-Jacksonville Section of the Williams and Medford-Provolt Sec- 
ondary Highways in Jackson and Josephine Counties have been duly 
opened and read, in accordance with published notice, and compared, 


AND WHEREAS, the bid submitted by R. I. Stuart & Sons, 
contractor, is the lowest responsible bid received and is within 
the funds available for the construction of the said project, 


meee 


NOW THEREFORE, Be It Resolved by the State Highway Commis- 
sion of the State of Oregon that the contract for the construction 
of the Powers Ranch-Jacksonville Section of the Williams and Medford- 
Provolt Secondary Highways in Jackson and Josephine Counties be and 
the same is hereby awarded to R. I. Stuart & Sons, contractor, pro- 
vided R. I. Stuart & Sons execute and file with the Oregon State 
Highway Commission the form of non-collusion affidavit required by 
the contract, in the amount of Eleven Thousand One Hundred Ninety- 
five Dollars ($11195.00), and in the event R. I. Stuart & Sons re- 
fuse to execute this form of non-collusion affidavit, the contract 
be awarded to the second low bidder, A. S. Wallace, contractor, in 
the amount of Eleven Thousand Two Hundred Thirty-three Dollars 
($11233.00), and 


Be It Further Resolved that this award shall not be effec- 
tive until the successful bidder has been notified in writing of 
such award by the Secretary of the Oregon State Highway Commission. 
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In the case of bids received for the Corbett Station-Rooster Rock 
Section of the Columbia River Highway, the Commission referred the bids to the 
Engineer to award the contract to the low bidder when certain conditions rela- 
tive to right of way have been satisfied. 


With respect to the bids received for the Moro-Wasco County Line 
Section of the Sherman Highway, there were two contractors who submitted iden- 
tical low bids. The Commission decided to select the successful bidder by 
lot when public announcement 4s made of the award of the contracts at 3:30 
o'clock p. M. 


The following resolutions with respect to the award of the contracts 
for the P.W.A. projects were adopted by the Commission by unanimous vote upon 
motion of Commissioner Aldrich, which was duly seconded by Commissioner 
Tou Velle: 


A RESOLUTION AWARDING THE CONTRACT FOR THE CONSTRUCTION OF THE OLNEY- 
JEWELL SECTION OF THE NEHALEM SECONDARY HIGHWAY IN CLATSOP COUNTY 
DOCKET NUMBER OREGON 1372-F, UNIT C 


WHEREAS, bids received for the construction of the Olney- 
Jewell Section of the Nehalem Secondary Highway in Clatsop County 
have been duly opened and read, in accordance with published notice, 
and compared, 


AND WHEREAS, the bid submitted by D. L. Ashton, contractor, 
is the lowest responsible bid received and is within the funds avail- 
able for the construction of the said project, 


NOW THEREFORE, Be It Resolved by the State Highway Commis- 
sion of the State of Oregon that the contract for the construction of 
the Olney-Jewell Section of the Nehalem Secondary Highway in Clatsop 
County be and the same is hereby awarded to D. L. Ashton, contractor, 
in the amount of Ten Thousand Two Hundred Seventy-two Dollars 
($10272.00), and 


Be It Further Resolved that this award shall not be ef- 
fective until the successful bidder has been notified in writing of 
such award by the Secretary of the Oregon State Highway Commission. 


A RESOLUTION AWARDING THE CONTRACT FOR THE CONSTRUCTION OF THE UMPQUA 
RIVER BRIDGE SECTION OF THE PACIFIC HIGHWAY IN DOUGLAS COUNTY 
DOCKET NUMBER OREGON 1298-F 


WHEREAS, bids received for the construction of the Umpqua 
River Bridge Section of the Pacific Highway in Douglas County have 
been duly opened and read, in accordance with published notice, and 
compared, 


AND WHEREAS, the bid submitted by C. J. Montag & Sons, 
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making plans for improvement of the city streets in Reedsport and in connec- 
tion therewith would like very much to have the assistance of engineers of 
the State Highway Department, if that can be arranged. Chairman Cabell ad- 
vised that the Highway Commission would be pleased to render what assistance 
it can in this matter, provided the city improvements will fit in with the 
highway improvements, and would send an engineer to Reedsport in the near fu- 
ture to consult with them. He suggested that the City of Reedsport could ob-~ 
tain valu*tie .ssistance from the State Planning Board in the formulation 

of its plans, and referred them to City Commissioner Ormond R. Bean, of Port- 
land, who is a member of this board. 


At 3:30 o'clock p. m. Chairman Cabell announced the following awards 
of contracts for which bids were taken at the morning session, the awards hav- 
ing been previously approved unanimously by the Commission and by the P.W.A. 
authorities with respect to the P.W.A. projects: 


“Qlney—Jewell Section of the Nehalem Secondary Highway, in Clat- 
sop County. Furnish 6,000 cubic yards crushed rock in stock piles. 
D. L. Ashton, Lebanon, submitted the low bid for this project at 
$10,272.00. R. 0. Dail and Warren Bros., Inc., Portland, submitted 
the next low bid at $11,995.00. There were 4 higher bidders. The 
Commission has awarded the contract to D. L. Ashton, the low bidder, 
at his bid price of $10,272.00. 


"Qchoco Dam-Marks Creek Section of the Ochoco Highway, in Crook 
County. 7.68 milés greding; 132 lin. ft. composite trestle bridges; 
10.0 miles surfacing and oiling; also furnish 4,400 cubic yards 
crushed rock in stock piles. 11 bids were received for this proj- 
ect, the low one being that of McNutt Bros., Eugene, at $171, 865.30. 
The next low bid was submitted by Leonard & Slate, Multnomah, at 
$178,452.50. The Commission has awarded the contract to the low bid- 
ders, Mcliutt Bros., at their bid of $171,865.30. 


"Roadside Oasis at Brothers, on the Central Oregon Highway, in 
Deschutes County. Construction of pump house; furnish pump and gas 
engine; install pipe lire irrigation system; construct 98 rods of 
woven wire fence; and plant 500 trees and shrubs. D. L. Ashton, Leb- 
anon, submitted the low bid for this project at $6,211.65. The only 
other bid submitted was that of W. H. Philpott, Portland, at $6,569. 
The Commission has awarded the contract to the low bidder, D. L. Ash- 
ton, at his bid of $6,211,65. 


"Umpqua River Bridge Section of the Pacific Highway, in Douglas 
County. Construction of bridge and roadway approaches. 4 bids were 
received for this project, low one being that of C. J. Montag & 
Sons, Portland, at $119,000.00. The next low bid was that of Moun- 
tain States Construction Company, Eugene, at $119,391.00. The Com- 
mission has awarded the contract to C. J. Montag & Sons, the low bid- 
ders, at their bid price of $119,000.00. 
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A RESOLUTION AWARDING THE CONTRACT FOR THE CONSTRUCTION OF THE VANORA- 
MADRAS SECTION OF THE WARM SPRINGS SECONDARY HIGHWAY IN JEFFERSON COUNTY 
DOCKET NUMBER OREGON 1287-F 


WHEREAS, bids received for the construction of the Vanora- 
Madras Section of the Warm Springs Secondary Highway in Jefferson 2 
County have been duly opened and read, in accordance with published 3 
notice, and compared, ; ¥ 


AND WHEREAS, the bid submitted by J. C. Compton, contractor, 
is the lowest responsible bid received and is within the funds avail- 
able for the construction of the said project, 


NOW THEREFORE, Be It Resolved by the State Highway Commis~ 
sion of the State of Oregon that the contract for the construction of 
the Vanora-Madras Section of the Warm Springs Secondary Highway in 
Jefferson County be and the same is hereby awarded to J. C. Compton, 
contractor, in the amount of Seventy-five Thousand Eight Hundred Sev- 
enty-nine Dollars ($75879.00), and 


Be It Further Resolved that this award shell not be effec- 
tive until the successful bidder has been notified in writing of such 
award by the Secretary of the Oregon State Highway Commission. 


County Judge George A. Potter and County Commissioners A. A. Dunlap 
and David Reid of Sherman County were present and asked for an allocation of 
funds for the surfacing of the Erskinville Road which extends westerly from 
the Sherman Highwey, near Moro. They asked for the improvement as a federal 
aid secondary highway project and inquired whether or not it would be possible 
to reallocate to this project the $10,000 that the Commission has budgeted 
for the Moro-Hay Canyon County Road easterly from Moro. They also asked for 
the improvement of the Cottonwood Grade Section of the Wasco-Heppner Secondary 
Highway westerly from the John Day River crossing. The matter was referred by 
the Commission to the Engineer for investigation and report. 


The County Court also asked for the oiling of the unoiled portion 
of the Sherman Highway, which is about 9 miles in length and extends north- 
easterly from the junction with The Dalles-California Highway, in Wasco Coun- 
ty. The Commission agreed to give this project due consideration in arrang- 
ing future construction programs. 


Messrs. W. A. Lovelace and Wm. Burdick, Reedsport, came before the 
Commission in regard to the improvement of the Umpqua Highway, in Reedsport. 
They particularly requested the improvement of this highway through the main 
part of their town. Chairman Cabell advised that the Commission has this 
project in mind for consideration in the formulation of programs for future 
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highway work but is not in a position at the present time to make any defin- 
ite commitment in regard thereto. 
Mr. Lovelace then advised that their City Planning Board is now ; 
: 


$75,440.10. There were 13 higher bidders. The Commission has award- 
ed the contract to M. L. O'Neil & Son, the low bidders, at their bid 


of $74,901.00. 


"Sheridan-Polk County Line Section of the Sheridan-Lincoln Coun- 
ty Road, in Yamhill County. 2.90 miles grading, surfacing and oiling. 
5 bids were received for this project, the low one being that of 0.C. 
Yocom, Willamine, at $18,887.00. Yhe next low bid was submitted by 
Mountain States Construction Company, Eugene, at $19,401.50. The 
Commission has awarded the contract to 0. C. Yocom, the low bidder, 
at his bid of $18,887.00. 


"Moro-Wasco County Line Section of the Sherman Highway, in Sher- 
man County. Furnish 8,700 cubic yards crushed rock in stock piles. 
8 bids were received for this project. Identical low bids of 
$13,833.00 were submitted by H. L. Rice, Portland, and Rogers Con- 
struction Company, Dayton, Washington. The next low bid was submit- 
ted by Clifton & Applegate, Spokane, Washington, at $14,703.00. The 
low bids are satisfactory to the Commission, which will decide the 
successful bidder by lot." (Contractors H. L. Rice and Mr. Rogers 
of the Rogers Construction Company were called to the platform to 
witness the drawing, which resulted in the contract being awarded 
to Rogers Construction Company.) | 


The following resolution with respect to the award of this contract 


was adopted by the Commission by unanimous vote: 


A RESOLUTION AWARDING THE CONTRACT FOR THE CONSTRUCTION OF THE MORO- 
WaSCO COUNTY LINE SECTION OF THE SHERMAN HIGHWAY IN SHERMAN COUNTY 
DOCKET NUMBER OREGON 1349-F 


WHEREAS, bids received for the construction of the Moro- 
Wasco County Line Section of the Sherman Highway in Sherman County 
have been duly opened and read, in accordance with publishec no- 
tice, and compared, 


AND WHEREAS, the bid submitted by Rogers Construction Com- 
pany, contractor, is the lowest responsible bid received and is 
within the funds available for the construction of the seid project, 


NOW, THEREFORE, Be It Resolved by the State Highway Com- 
mission of the State of Oregon that the contract for the construc- 
tion of the Moro-Wasco County Line Section of the Sherman Highway in 
Sherman County be and the same is hereby awarded to Rogers Con- 
struction Company, contractor, in the amount of Thirteen Thousand 
Eight Hundred Thirty-three Dollars ($13833.00), and 


Be It Further Resolved that this award shall not be effec- 
tive until the successful bidder has been notified in writing of 
such award by the Secretary of the Oregon State Highway Commission. 
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®powers Ranch-Jacksonville Section of the Williams and Medford- 
Provolt Secondary Highways, in Jackson and Josephine Counties. Fur- | 
nish 7,700 cubic yards crushed gravel in stock piles. The low bic “4 
for this project was submitted by R. I. Stuart & Sons, Medford, at =| 
$11,195.00. The next low bid was submitted by A. 8. Wallace, Rose- 
burg, at $11,233.00. There were 2 higher bidders. The Commission 
has referred the bids to the Engineer with authority to award the 
contract to the low bidder, R. I. Stuart & Sons, if and when this 
contractor signs the noncollusion affidavit required by the P.W.A. 
The Engineer is authorized to award the contract to the second low 
bidder, A. S. Wallace, in the event R. I. Stuart & Sons refuse to 
sign the affidavit. 


"Yanora-Madras Section of the Warm Springs Secondary Highway, 
in Jefferson County. 9.37 miles surfacing and oiling. J. C- Comp~ 
ton, McMinnville, submitted the low bid for this project at 
$75,879.00. McNutt Bros., Eugene, submitted the next low bid at 
$78,423.00. There were 1, higher bidders. The Commission has 
awarded the contract to the low bidder, J. C. Compton at his bid 
price of $75,879.00. 


"Jamieson-Lancaster Section of the John Day Highway, in Malheur 
County. 7.04 miles grading, surfacing, and oiling; construction of 
two 15-ft. timber bridges; and furnish 2,700 cubic yards crushed 
gravel in stock piles. 6 bids were submitted for this project, the 
low one being that of Leonard & Slate, Multnomah, at $66,179.00. 

The next low bid was submitted by Triangle Construction Company, 
Boise, Idaho, at $73,596.00. The Commission has awarded the con- 
tract to the low bidders, Leonard & Slate, at their bid of $66,179.00. 


"Construction of frame building for car storage on property of 
the Oregon State Highway Commission at the east city limits of Salem, 
Marion County. Carl Bahlburg, Salem, submitted the low bid at 
$2,242.00. Robert L. Forster, Salem, submitted the next low bid at 
$2,391.70. There were 3 higher bjdders. The Commission has awarded 
the contract to Carl Bahlburg, the low bidder, at his bid of $2,242.00. 


"Corbett Station-Rooster Rock Section of the Columbia River 
Highway, in Multnomah County. 2.26 miles clearing; 0.37 mile grad- 
ing; and 1.15 miles rock toe embankment. The low bid for this proj- 
ect was submitted by Colonial Construction Company, Spokane, Wash- 
ington, at $129,430.00. The next low bid was submitted by Leonard 
& Slate, Multnomah, at $133,460.00. There were 16 higher bidders. 
The Commission has referred the bids to the Engineer with power to 
award the contract to the low bidder when certain conditions have 
been satisfied. 


"Pendleton State Farm Section of the Oregon-Washington High- 
way, in Umatilla County. 7.43 miles grading and 0.57 mile oiling. 
M. Le O'Meil & Son, Eugene, submitted the low bid for this project 
at $74,901.00. Roy L. Houck, Salem, submitted the next low bid at 


WHEREAS, the State Highway Commission, by mutual agreement 2 

with the County Court of Benton County, has selected the route here- ie 
| inafter named, and it is the purpose of the Commission to officially 4 
| and regularly designate and adopt seid route as 4 section of highway 
to constitute, together with other highways which have heretofore 

been added and which may hereafter from time to time be added, a part 

of the system of secondary state highways of Benton County, under 

the provisions of said Acts; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission, all members being present and affirmative- 
ly voting and participating, as follows: 


That the following named section of city street in the 
City of Corvallis in Benton County be and the said route is hereby 
selected, designated, established, edopted and approved as a se¢- 
ondary State highwey and shall be and is hereby designated as @ 
part of the secondary State highway system, to wit: 


A Section cf the Albany-Corvallis Secondary Highway 
No. 210: 


Beginning at the intersection of 3rd Street and 
Van Buren Street in the City of Corvallis; thence in 4 
southeasterly direction to the east city limits of Cor- 
vallis, a distance of approximately 950 feet. 


That said route shall be, and is hereby qualified for im- 
provement under the provisions of said Chapter 248, Oregon Laws 1931, 
and Chapter 196, Oregon Laws 1935, and amendments thereof; 


That the Engineer be, and he hereby is authorized to make 
proper surveys with respect to the physica: location upon the ground 
of the said route and properly file in the records of the Commission 
all of said data; 


That this resolution be entered in the minutes of the Com- 
mission and a duly certified copy thereof mailed to the County Court 


of Benton County. 


The Engineer was thereupon authorized by the Commission to make re- 
pairs to the bridge structure as may be necessary to make it safe for traffic. 


Commissioner Aldrich offered and moved the adoption of the follow- 
ing resolution abandoning a short section of the Century Drive Secondary High- 
way (old route) near Bend, in Deschutes County, which is no longer of value 
for state highway purposes in view of the fact that the highway has been re- 
constructed on other alignment. After discussion the motion was duly second- 
ed by Commissioner Tou Velle and was declared by Chairman Cabell to have 
passed by the unanimous vote of the Commission: 
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The Attorney reported that the officers of the Security and Invest- 
ment Company of Oregon City have indicated a willingness to settle with the 
state for right of way for the East Portland-Oregon City Highmy in Oregon 
City on the basis of the appraisal made by appraisers employed by the State 
Highway Commission, which is $14,000 for the land, $8,000 for the street ends, 
and $12,000 for moorage rights, and will permit the state to withhold the pay- 
ment for the street ends until such time as the case involving such areas has 
been settled by the Supreme Court. The Commission refused to settle with the 
company on such basis. 


The Attorney also rendered @ report on the stetus of the negotia- 
tions for right of way at Tigard. He said that the right of way agent as- 
signed to this project has recovered from his recent illness and has resumed 
the negotiations, and it is believed that he will be able to make a full re- 
port on the subject at the Commission's next regular meeting. The Secretary 
was instructed to convey this information to Mrs. Mary H. Clarke, Portland, 
who is particularly interested from the property owners’ standpoint. 


Reconsideration was given by the Commission to the claim of Ida B. 
Hadley, who alleges that her property adjacent to the Pacific Highway West, 
near Newberg, was damaged by reason of the improvement of this highway, the 
change making it impossible for her to conduct a fruit-stand business on her 
property next to the highway as she did before the highway was rebuilt. The 
Commission decided that Mrs. Hadley was dealt with feirly when extra right 
of way was acquired from her for this improvement and that she has been giv- 
en as fair and equitable treatment as other property owners from whom right 
of way was purchased. The Commission considered that the donating of the ex- 
tra right of wey by Mrs. Hadley and the other property omers was an impor- 
tent consideration in the selection of a route for this improvement and the 
construction of the project. Furthermore, it is contrary to the established 
policy of the Commission to reopen right of way cases when they have once 
been settled, and it was thought that the reopening of this case might set a 
precedent that would result in the submission of similar claims by other prop~ 
erty omers along this highway, hence the claim was denied. The Engineer was 
instructed to advise lirs. Hadley of the action taken. 


The Commission had under cons‘ieration 4 resolution from the County 
Court of Benton County requesting that the Corvallis-Eastside Secondary State 
Highway No. 210 be extended westerly from its present terminus at the east 
end of the Willamette River Bridge at Corvallis to a connection with the 
Albany-Corvallis Primary State Highway in Corvallis, a distance of about 950 
feet. After considerable discussion the Commission approved the request and 
by unanimous vote adopted the following resolution in regard thereto: 


WHEREAS, under the provisions of Chapter 248, Laws of 1931, 
and Chapter 196, Laws of 1935, the State Highway Commission, by mu- 
tual agreement with the respective county courts of the several coun- 
ties of the State, is authorizec and empowered to select, locate, and 
designate e system of secondary State highways, which highways shall 
be selected from the market roads or other county roads, or available 
locations or routes of the several counties; and 
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Engineer, H. G. Smith, Construction Engineer, and R. H. Baldock, 
State Highway Engineer, and is dated November 17, 1938, upon which 
map or exhibit there is reflected the above described parcel of land 
by showing the same shaded in red. * 


2. In the event there remains any physical connection 
between any portion of said abandoned right of way or highway and 
the present highway, and by reason of such physical connection 
traffic from the existing highway may enter or use the said aban- 
doned portion of the said old road to the possible damage or in- 
jury of such traffic by reason of any unsafe condition existing 
with respect to said old or abandoned road, then the State High- 
way Engineer is hereby authorized and directed to erect such bar- 
ricade or other safeguards as may be necessary to protect and 
safeguard traffic using and employing said newly located, con- 
structed and dedicated section of said highway, 


3. That this resolution be entered in the minutes and 
records of the Commission and a certified copy thereof promptly 
delivered to the County Court of Deschutes County, together with 
a copy of said map or exhibit, for such action as said County 
Court may desire to take with respect to said fragment of land, 
and should said abandoned portion of the right of way of said 
highway be further employed for public or private highway purpos- 
es such use shall be entirely under the control and supervision 
of the County Court of Deschutes County and beyond any responsi- 
bility or supervision by the State Highway Commission. 


A letter was presented from Mr. George W. Mead, Attorney, Portland, 
transmitting a petition signed by 32 owmers of property in the vicinity of In- 
terstate and webster Streets, Portland, objecting to the closing of the Web- 
ster Street intersection by the parkway on the Interstate Avenue oroject re- 
cently constructed, and requesting an opportunity for the property owners to 
be heard on-this subject. The Commission expressed regrets that it is too 
late to hear the property owners at this session, the petition having been 
received too late to be considered. The Secretary was instructed to inform 
Mr. Mead of the circumstances and to advise him that the Commission will be 
pleased to hear the delegation at its next meeting if they wish to be pres- 
ent at that time. 


The Commission considered and signed agreements, et cetera, as fol- 
lows: 


Agreement with the Oregon-Washington Railroad and Navigation 
Company and the Union Pacific Railroad Company relative to the se- 
curing of right of way for the Columbia River Highway (new route) 
between Troutdale and Warrendale, in Multnomah “ounty. 


Wap filed in Right of Way Abandonment and Retention File - No. 60 
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WHEREAS, in order to afford a better alignment and a more 
satisfactory, safe and convenient highway for the traveling public, 
the Commission found it necessary to relocate a portion of the Bend 
Section of the Century Drive Highway in Deschutes County; and 


WHEREAS, by reason of said relocation and reconstruction 
of the said section of said highway there was eliminated and made 
unnecessary as a part of the permanent highway a certain section 
or part thereof, which section is more specifically defined and des- 
ignated hereinafter in this resolution; and 


WHEREAS, it is the judgment and opinion of the Commission 
that there should be recorded in the minutes and records of the Com- 
mission its purpose and plan to abandon as a part of the said sec- 
ondary state highway the fragment or portion of right of way herein- 
after designated and heretofore included within the area of the 
right of way of the said highway 4s formerly located, improved and 
used; 


NOW, THEREFORE, the premises being in general as above 
stated, it hereby is resolved by this Commission, all members being 
present and affirmatively participating, as follows: 


1. That the fragment of land confined within the area 
of land hereinafter designated, whick fragment or parcel of land 
was formerly within the limits of the right of way of the Bend Sec- 
tion of the Century Drive Highway in Deschutes County, but is now 
without the limits of the right of way of said highway as said 
highway has been relocated and constructed, be and said fragment 
or parcel of land or portion of the old right of way is abandoned 
as a part of the right of way of said secondary highway, and said 
fragment or parcel of land or old right of way is, so far as con- 
trol and supervision by this Commission is concerned, eliminated 
and left to revert to the adjoining and abutting property owmers 
or to the control and supervision of the County Court of Deschutes 
County for highway or other public purposes as the Court may deter- 
mine. The fragment or parcel of land affected by this resolution 
is defined and described as follows, to wit: 


All that certain section of the old right of way of 
the Century Drive Highway, and lying on the westerly side 
of the right of way required for the reconstructed Cen- 
tury Drive lying south of and adjoining the City of Bend, 
Oregon, the beginning and ending points with reference to 
engineer's stations of the reconstructed highway being 
40+05 on the northerly end and 63+00 on the southerly end. 


The location of said abandoned right of way may be more 
definitely and particularly ascertained and determined by reference 
to a map or blueprint, marked "Exhibit A", attached hereto and by 
this reference made a part hereof, which said exhibit for identifi- 
cation purposes bears the signatures of W. E. Chandler, Division 
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Easement conveying unto the Southern Pacific Company the right 
to construct, operate, and maintein a railroad wye track and appur- 
tenances on certain state-owned property in Albany, containing 648 
sq. ft., in Lot 8, Block 38, Hackleman's Second Addition to Albany. 


There being no further business to come before the Commission at 
this time, the meeting was adjourned at 4:30 o'clock p. m. 


Liat arn ae a ae t 
tate Highway Engineer Co 
 —, 


— TI sioner 
Secretary 7, Commissioner 
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Oregon Coast Highway 
for the operation and lighting of such structure. 


Agreement with the City of Klamath Falls relative to the main- 
tenance of the proposed grade seperation project on Main Street and 
East Main Street in Klamath Falls. 


t with Wayne W. Watson and Pearl T. Watson, husband and 
wife, relative to the construction of a bulkhead on the Coos Bay- 
Roseburg Highway, in Coos County, in front of the property of the Wat- 
sons. 


t with Yamhill County Court relative to the maintenance 
of the Sheridan-Polk County Line Section of the Sheridan~Ballston 
County Road efter construction of the same by the state as a Federal 
Aid Secondary Highway Project. ; 


Agreement with Clackamas County providing for the payment of Ee 
$500 to the county as the state's share of the cost of disposing of ae 
the claim of John F. Putnam, et al, arising out of the construction 
poi East Portland-Oregon City Highway across the premises of said 

es. 


Agreement with the Idaho Power Company relative to the furnish- 
ing of electrical energy for lighting the underpass in Ontario. 


ne 


a hat 


Letter directed to the United States Bureau of Public Roads, 
Portland, Oregon, correcting the description of Federal Aid Highway 
No. 39 which is without a direct connection with Federal Aid High- 
way No, 1 since the adoption of a new rote for a portion of Fed- 
eral Aid Highway No. 1 


Ria Ben gay 
- ae Reed cay 


Bargain and sale deed conveying unto the Oregon-Washington 
Railroad and Navigation Company a strip of land of variable width 
containing 0.85 acre, situate in Government Lot 2, Section 33, T. 
3.N., R. 8 E., W. M., Hood River County, being right of way trans- 
action No. 6295. 


Bargain and sale deed conveying unto the Southern Pacific Com- 
pany for the sum of $2,722.54 two parcels of land lying in Lots 1 
to 8, inclusive, of Block 17, and in Lots 1, 2, 3, and 4 of Block 
29, respectively, Hackleman's Second Addition to Albany. 


Quitclaim deed conveying wmto S. B. Chandler and Hattie Chand- 
ler 6.61 acres of land situate in the N.W.} of Section 6, T. 3758., 
R. 21 E., W. M., and in the S.W.} of Section 31, T. 36 S., R. 21 E., 
W.M., Lake County, being right of way transaction No. 6107. 
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8532 Dec. 19 Bids received on following projects: 


8533 


8534 


8535 


$536 


8538 


8539 


8540 


Grant County Line-Unity Section, surfacing and oiling; 
Coquille Section, crushed gravel or rock; 
Polallie Creek-Hood River Section, crushed rock; 
South Unit of Bear Canyon-State Line Section, grading and 
culvert construction; 
Crescent-Beaver Marsh Section, crushed rock; 
Devil's Garden-Quartz Mountain Section, grading, surfacing, 
oiling and crushed rock; 
Horse Ranch-Chewaucan Narrows Section, crushed grevel; 
Rough Creek-Belknap Springs Section, crushed rock. 
Yemhill County. Bellevue-Hopewell Secondary Highway. Instal- 
lation of drainage pipe between Amity ani Hopewell requested. 
Douglas County. North Umpqua Highwey. Reconstruction of Mud 
Hollow Section urged in preference to road west of Dixonville. 
Deschutes County. Butler Market Road. Consideration to be 
given project in 1939 program. 
Central Oregon Highway. Improvement between Bend and Ontario 
to be considered in 1940 program. 
Engineer to investigate bad condition near Summit east of 
Buchanan where spring flows out on highway. 
Federal Aid funds. Judge Higgs, Harney County, inquires re- 
garding 1940 program. 
Frenchglen Secondary Highway. Improvement of road with ccc 
forces from Malheur Lake Game Refuge suggested. 
Deschutes County. Cascade Lakes Forest Highway. Improvement 
requested from forest boundary near Bend to Elk Lake. 
Santiam Highwey. Oiling from Suttle Lake to junction with 
North Santiam Highway requested. 
Clatsop County. Wolf Creek and Oregon Coast Hwys. Resolution 
accepting gift of land from Emil Lemke for we connection. 
Baker County. Baker-Homesteaa Highway. Resolution denying 
everyone, except Lee A. Duncan, permission to pump water from 
gravel pit acquired from Mr. Duncan. 
Albany. Sale of buildings to Earl R. Smith and J. H. Robison 
approved. Buildings advertised Nov. 17; no bids received. 
Douglas County. Rhododendron Stete Park. Paul Schuttpelz 
granted permission to maintain roadway through park. 
Gleneden Beach. James and Katherine Sansbury request advance 
of cost of right of way for relocation of Oregon Coast Hwy. 
Portlemi. City overrules state's objection to pay street as- 
sessment on state property adjacent to McLoughlin Blvd. 
Clatsop County. Fort Stevens Road. Engineer's report on cost 
of 


Forest highway funds. Tentative projects for 1940 program. 

Timberline Road, Allocation of $100,000 of forest highway 
funds on condition road is placed on Forest Highway System. 

Portland. Improvement of Front Street as an arterial highway 
urged by Metropolitan Association. 
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8565 Dec. 20 


8566 


8567 


8568 


8569 


8570 


8571 


Subject 


Tigard. Pacific Highway West. Right of way negotiations to 
be continued. 

Portland. Union Avenue Viaduct. Settlement with Mrs. Maude 
Hastings Campbell for damage to her property. 

Maintenance and Minor Betterment Budgets. 1939 budgets ap- 
proved. 

Bids received on following projects: 

Sisters and Horse Ridge-Brothers Section, crushed gravel; 
Butte Greek Summit-Branson Creek and Flat Creek-John Day 
Sections, crushed rock and gravel; 

Lakeview Section, crushed rock; 

Greenleaf-Cheshire Section, crushed rock or gravel; 
Juntura-Cairo Section, crushed rock and gravel; 

Shaw Junction-Gates Section, grading, surfacing and oiling; 
Gilliam County Line-Ione and Hermiston Sections, crushed rock. 
Sale of buildings at Oregon City. 

Clatsop County. Wolf Creek Highway. Discussion of proposed 
agreement with Sunset Logging Company covering construction 
of railroad over highway. 

Tillamook County. County Court presents list of projects for 
improvement. Projects to be included in 1939 program. 

Hanks Corner County Road. County to arrange for oiling with 
state's contractor working in that vicinity. 

Reconstruction of bridge over Wilson River at third crossing 
of Wilson River Highway, east of Tillamook, requested. 

Casey State Park. Mrs. Vern Van Dyne denied extension of lease 
to maintain cabin in park. Premises to be vacated in six 
months' time. 

Wolf Creek Highway. Purchase of wayside strips from Oregon- 
American Lumber Company approved. Negotiations for addition- 
al strips to be continued. 

Short Sand Beach State Park. Purchase of properties for en- 
largement of park approved. 

Clatsop County. Acquisition of proposed park site adjacent to 
Oregon Coast Highway north of Arch Cape Tunnel denied. 

Hood River County. Purchase of wayside strips for park pur- 
poses adjacent to Columbia River Highway denied. Strips to 
be accepted if presented as gift. 

Jackson County. Offer of fim. Schmidt to deed park site east of 
Medford to state as gift denied. 

Tillamook County. Wild-refuge area near Cape Meares Lighthouse. 
Bureau of Biological Survey issues permit for joint adminis- 
tration of area as wild-life refuge and state park. 

Nehalem Bay Sand Spit. County-owned portion accepted as gift. 
Privately-owned portion to be purchased. 

Wolf Creek Highway. Negotiations with Sunset Logging Company 
for purchase of weyside strips. 

Celilo Indian Village. Clean-up work to be done through Feder- 
al Government. 

Lincoln County. Purchese of park site near Nelscott refused. 
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8547 


8548 
8549 


8550 


8551 
8552 


8553 


8558 


8559 


Subject 


R. H. Baldock. Leave of absence granted to attend Pan-American 
Road Congress in Santiago, Chile. 

Reappointment as State Highway Engineer for 4~year period. 
J. M. Devers. Reappointed as Commission's Attorney. 
H. B. Glaisyer. Reappointed as Commission's Secretary. 
P.W.A. Projects. Resolutions awarding contracts for which bids 
were received during morning session. 
Bids. Qualifying of bids on P.¥i.A. projects prohibited. 
Awards. Commission announces awards on projects for which bids 
were received during morning session. (See page 8532) 
Lincoln County. Offer of Lincoln County Park Committee to 
sell park site between Oregon Coast Highway and Ocean north 
of Nelscott refused. 
Albany. Claim of R. I. McLaughlin Company for damages aris- 
ing out of proposed Albany Overcrossing. 
Group insurance. Offer of California-iiestern States Life In- 
surance Company to furnish insurance to employees denied. 
Cottage Grove. Pacific Highway. Construction of proposed re- 
vision in 1939 requested. 
Log hauling. Leo Farr end F. B. Lowery request permit to haul 
piling from Clackamas to Vancouver, Washington. Trial move- 
ment to be made. 
Sweet Home. Sidewalk construction along Santiam Highway. En- 
croachment om highway right of way approved. 
Gearhart Beach property. County refuses to pay back taxes. 
Payment of additional amount to cover tax item deferred. 
Portland. Designation of Hawthorne Avenue as arterial highway 
requested by Hawthorne Commercial Club. 
Wage rates. Representative of Klamath Falls Building Trades 
Council confers regarding establishment of wage rates. 
World's Fair. Proposed budget disposing of $40,000 towerd cost 
of maintaining exhibit at San Francisco Fair approved. 
Payment of $10,000 for rental cherge at Fair approved. 
Right of way budget. Attorney's report on expenditures in ex- 
cess of amount budgeted. 
Reel property. Resolution authorizing acquisition. 
Freeway privileges. Attorney granted authority to include such 
question in condemnation proceedings for trial. 
Albany. Payment of $75 authorized to place top soil on prop- 
erties affected by overcrossing structure. 
Portland. Gault boat dock road. Attorney's report on acquisi- 
tion of roadway strip across Westerlund property. 
Condemnation. Prices approved. Resolution authorizing condem- 
nation on following sections: ‘ 
Marshfield-Bay Park Section, Oregon Coast Highway, 
P. A. Veughn; 

Fossil-Kinzua Junction Section, John Dey Highway, 
Johnnie Gertrude Rushing; 

Flora-State Line Section, Lewiston-Enterprise Highway, 
Sarah £. Applegate Estate. 


~- I naar i 


Page Date 
1938 

8584 Dec. 20 

8585 

8586 
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Portland. Affiliated Clubs of Peninsula request hearing on 
paving of parking strips on Lombard Street. Estimate of cost 
to be prepared. 

Coos County. Request for state to furnish powder for improve- 
ment of county roed at north end of Coos River Secondary 
Highway denied. 

Signals. Pendleton. Stop- end go-signal installation denied. 

Hillsboro-Silverton Secondary Highway No. 140. Oiling between 
Newberg and Scholls requested. 

Milton. Oregon-Washington Highway . Provision for widening in 
1939 construction program requested. 

Pecific Highway. Junction City-Eugene Section. Designation 
of old route as 99E and new route as 99’ requested. 

Nehalem Secondary Highway. Provision in 1939 construction 
program for surfacing and oiling between Jewell and Mist re- 
quested. 

Jackson County. Rogue River National Forest Supervisor re- 
quests permission to construct footbridge over Union Creek. 

Portland. George Kufner presents claim for cost of paving 
construction on Interstate Avenue. 

Linn County. Schindler Bridge on Albany-Lyons Secondary High- 
way. Disposal of old bridge when new bridge is constructed. 

Date of meeting. March letting to be scheduled to avoid inter- 
ference with meeting of American Road Builders Association. 

Signs. Forest Grove. Request for finger-board signs direct- 
ing public to Pacific University approved. 

Pacific Highway. Claim of H. U. Martin for damage arising out 
of accident at junction of highway with North Albany County 
Road denied. 


Albany-Lyons Secondary Highway. Oiling requested between 
Santiam Highway Junction and Crabtree. 

The Dalles. Request for filling-in of ground between Columbia 
River Highway and proposed civic building denied. 

Weston-Elgin Secondary Highwsy . Weston-Langdon Lake Section. 
Oiling urged. 

Klamath County. Improvement of county road extending from 
Willamette Highway to Crescent Lake requested. 

Forest Grove. Tualatin Valley Highwey. Suggestions presented 
for proposed new route. 

1940 forest highway program. Projects recommended by Klamath 
County Chamber of Commerce. 

Lakeview. City requests warning signs or lights at crossing 
of Klamath Falls-Lekeview Highway with railroad. 

Grants Pass. City requests installation of sodium vapor lights 
at certain street intersections. 

Tillamook County. Trask River Bridge on Cregon Coast Highway. 
Sidewalk construction authorized. 

Deschutes County. Butler County Road. County Court offers 
cooperation in financing improvement. 

Umatilla County. Request for stock driveway along Weston- 
Elgin Secondary Highway denied. 
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Clatsop County. Wolf Creek Highway. Conference with President 
of Sunset Logging Co. relative to payment of premium on addi- 
tional insurance caused by highway crossing under tracks. 
Acquisition of wayside strips from Sunset Logging Company 
discussed. 

Log hauling. Termination of insurance furnished by Oregon- 
American Lumber Co. covering hauling on Wolf Creek Highway. 

P.W.A. Projects. Resolutions awarding contracts for which 
bids were received during morning session. 

Awards. Commission announces awards on projects for which 
bids were received during morning session. (See page 8565) 

Hood River County. Proposed connection of county rord with Mt. 
Hood Highway at Fike's Corner. 

Memorial marker. Old Fort Klamath. Monument to be erected on 
The Dalles-California Highway opposite old fort barracks. 
Expenditure to provide parking area at monument authorized. 

Baker: County.- Robinette Secondary Highway. Ownership of tun- 
nels discussed. Barricading of Oxbow Tunnel ordered. 

Snow removal. North Santiem Highwey. Marion County to reim- 
purse state for snow removal operations on 6-mile section 
north of Santiam Highwey junction. 

Santiam Highway. Resurvey from Foster to Bryant Hill to deter- 
mine cost of surfacing and oiling approved. 

Agreement. F.G. Brown. Snow removal on Klamath Lake Second- 
ary Highway. (See page 8601) 

Awards confirmed of following contracts: 

State Hospital-Ash Street Unit, Leonard & Slate; 
Powers Ranch-Jacksonville Section, KR. I. Stuart & Sons. 

Copyright. Bulletin entitled "Highway Spirals". 

Equipment. Engineer authorized to purchase following: 

1 power shovel; 
6 engineer's transits. 

Snow removal. Mt. Hood Highway to Timberline Lodge. 

¥aldport. Lester Rickard granted permission to maintain side- 
walk on state property north of sea wall. 

Log hauling. Wolf Creek Highway. Request of Oregon Piling Co. 
to haul between Sunset Camp and Wolf Creek crossing denied. 
E. S. Schwantes granted permit to truck logs across Columbia 
River Highway in Mosier. 

P.weA. grant. Resolution accepting offer on following: 

Suntex Junction and Brothers Buildings. 

F. D. Eason. Attendance at annual meeting of asphalt Institute 
in Los Angeles authorized. 

Harold B. Say. Authority granted to go to Los Angeles to super- 
vise cutting and editing of department's motion picture film. 

Roadside Council. Grant of funds from Rockefeller Foundation 
for landscaping along state highways expected by Council. 

Tillamook County. Bridge at East Beaver Cheese Factory on 
Oregon Coast Highway to be widened. 

Vista House. Gale of merchandise by concessionaire considered. 
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1938 


#601 Dec. 20 


1939 
8602 Jan. 13 


8603 


8604 
8605 


8607 


$611 


Agreements, et cetera, continued: 
Bargain and sale deed conveying unto J. G. Snyder property 
in the city of Albany; 
Bargain and sale deeds conveying unto H. D. Rohde and wife 
property in the city of Albany ; 
Bargain and sale deed conveying unto the Standard 0il C ompany 
of Galifornia property in the city of Albany. 


Log hauling. Paul V. Kelley's permit suspended for overload- 
ing in vicinity of Prineville. 

Senator U. S. Balentine confers on Mr. Kelley's behalf. 
Commission orders release of Mr. Kelley's P.U.C. plates. 

Benton County. Designation as state secondary highway of 
county road leading to Corvallis Golf Club requested by 
County Court. Investigation and estimate of cost to oil or- 
dered. 

Klamath Falls-Lakeview Highway. Completion to modern standards 
urged by Burt Snyder of Lakeview. 

Real property. Resolution authorizing acquisition. 

Wolf Greek Highway. Re-establishment of school building in 
town of Manning, Washington County. 

Tool house. Purchase of county building et Mist authorized. 

Neskowin. Oregon Coast Highway revision discussed. Negotia- 
tions with W. S. Walton ordered for right of way. 

Santiam Highway. Exchange of timber lands with U.S. Forest 
Service considered to insure preservation of timber adjacent 
to highwsy right of wey. 

Lincoln County. Oregon Coast Highway. Request of Thomas 
Purdy to purchase small area of land at Bob Creek denied. 
Clatsop County. Wolf Creek Highway. Sunset Logging Company's 
insurance in connection with highway construction underneath 

tracks. 

Nehalem River Bridge. Resolution establishing 15-mile per 
hour speed limit. 

Load limits. Resolution reducing loads on following bridges: 
Alsea River Bridge, Alsea Highway; 

Willamette River Bridge, Corvallis-Eastside Secondary Hw. 

Jackson County. Request of Forest Supervisor to construct 
footbridge over Union Creek on Crater Lake Highway. 

Portland. Estimates to pave portions of Lombard Street. Ac- 
tion deferred. 

Harney County. Frenchglen Secondary Highway. Location survey 
of 12-mile section between Narrows and Wright's Point suth- 
orized. 

Linn County. Schindler Bridge. County Court to assume juris- 
dietion of old bridge upon completion of new bridge by state. 

Sherman County. County Court requests reallocation of federal 
secondary highway funds to Moro-Erskine Road instead of 
Moro-Hsy Cenyon Road. Commission approves. 


Page Date 
1938 
6509 Dec. 20 
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Subject 


Seaside. Oregon Coast Highwey. City Council urges acquisition 
of right of way needed for proposed revision. 

Snow removal. Request for state to remove snow on road from 
Wallowa Lake Hotel to homes of employees of Pacific Power and 
Light Company denied. 

Driveways. Adoption of standards for service driveways. 
Restrictions governing driveways on highway rights of way. 

Portland. Engineer's report on installing traffic signals on 
Interstate Avenue and Sandy Boulevard. 

Log hauling. Termination of insurance furnished by Oregon~ 
American Lumber Co. for hauling on Wolf Creek Highwey approved. 

Surveys. Commission approves surveys ordered by Engineer. 
Completed surveys approved and adopted as reported. 

Extensions of time, as follows: 

Roy L. Houck, North Powder-Muddy Creek Section; 

Harold Blake, Ross Station-Arvard Section; 

River Bend Sand & Gravel Co., Pringle Creek-Taylor Creek Sec.; 
E. H. Itschner, Baker-Flagstaff Hill Section; 

M. C, Lininger & Son, Bear Creek-Ashland Section; 

Kern & Kibbe, Sandy Boulevard Section. 

Contracts completed and accepted, as follows: 

Elsie-Nehalem River Sectioh, Coos Bay Construction Company; 
North Powder-Muddy Creek Section, Roy L. Houck; 

Pringle Creek-Taylor Creek Section, River Bend Sand & Gravel 
Company 5 

McMinnville Section, Kiver Bend Sand & Gravel Company; 
Baker-Flagstaff Hill Section, E. H. Itschner; 

Bear Creek-Ashland Section, M. C. Lininger & Son; 

Sandy Boulevard Section, Kern & Kibbe; 

Remodeling portion of State Office Building, Erwin E. Batterman; 
Molalla Section, Mountain States Construction Company. 

pate for next meeting set for January 26; special meeting to be 
held in Salem set for January 13, 1939. 

Agreements, et cetera, signed, as follows: 

Pacific Power and Light Company, extending previous agreement 
for maintenance of company's poles on Youngs Bay Bridge; 
Southern Pacific Company, relative to Lobert Overcrossing in 
Klamath County; 

U. S. Forest Service, snow removal on Timberline Road; 

City of Albany, regarding rest rooms under Albany Bridge; 
Stipulation relative to securing stock pile site adjacent to 
Coos Bay-Roseburg Highway ; 

Application for patent to land containing fossil beds adja- 
cent to John Day Highway, in Grant County; 

0.WeRR.& N. Company, construction of Corbett Station-Rooster 
Rock Section of the Upper Columbia River Highway; 

F. G. Brown, covering snow removal operations on Klamath Lake 
Secondary Highway; 

Bargain and sale deed conveying unto Mertha E. Dodele land in 
the city of Albany; 
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8622 Jan. 25 
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Agreements, et cetera, continued: 

Letter to U. S. Bureau of Public Roads requesting designation 
of road from Mt. Hood Highway to Timberline Lodge as 4 forest 
highway ; 

Medford Water Commission providing for lease of water for 
maintenance building; 

Bargain and sale deed conveying to H. D. Rohde property in 
Albany ; 

Bargain and sale deed conveying property to H, D. Rohde in 
Albany; 

Bargain and sale deed conveying property in Reedsport to 
Reedsport School District. 

Meeting in March scheduled for March 2. 

Legislature. Alfred A, Hampson requests Commission's support 
of proposed bill providing for return of portion of gas tax 
to motor fuel dealers. 

McKenzie Highway. Eugene Chamber of Commerce suggests support 
of Congressman James W. Mott's bill for federal funds to 
purchase timber lend along highway. 

Sentiam Highway. Preservation of timber east of Cascadia. 
Exchange of government-owned tracts for privately-owned 
tracts favored. 

Trees. Cooperation of Commission requested in publication of 
booklet regarding outstanding trees of state. 

Salmon River Highway. Negotiations with Miami Corporation for 
timber tracts east of state property. 

Vista House. Investigation ordered of complaint of W. A. John- 
son that concession is unfair competition. 

Wolf Creek Highway. Offer of Sunset Logging Company to sell 
wayside timber strips refused. 

C. B. McCullough. Resolution authorizing signature on P.W.A. 
documents during absence of State Highway Engineer. 

€aerman County. County Court's request for substitution of 
Erskine Road instead of Moro-Hay Canyon project withdrawn. 

pane County. Oak Hill-Veneta County Road. County Court ap- 
proves elimination from federal aid secondary program. 

Tillamook County. County Court requests oiling of several 
county roads. 

Douglas County. North Umpqua County Road. Improvement easterly 
rather than westerly from completed section requested by 
County Court. Commission approves request. 

Linn Ceunty. Albany-lyons Secondary Highway. Oiling between 
Reiley's Corner and Scio requested. 

Union County. North Powder River Road. Commission approves 
grading and surfacing of 4- or 5-mile section rather than 
oiling of 1}-mile section. 

Tillamook County. Little Nestucca Secondary Highway. Request 
for completion of improvement denied. 

Wasco County. Substitution of Lower Fifteen Mile Creek Road 

for the Chenoweth Road in federal aid secondary highway pro- 

gram approved. 
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13 Lane County. Oak Hill-Veneta County Road. Transfer of federal 


aid secondary highway funds to alternate project. 

Federal aid secondary highway funds. Numerous requests for in- 
provement of county roads. Action deferred. 

Union County. North Powder River County Road. County Court 
requests grading and graveling only of 5-mile section rather 
than oiling of 14-mile section. 

Bids. Projects approved for contracting in January and March. 

Fremont Highway. Application for ¢.C.C. labor approved for 
soil erosion project on Silver Lake Section. 

John Day Highwey. Reconstruction of bridge over Mule Shoe 
Creek requested by John Day Highway Improvement Association. 

Traffic signals. Installations in Portland, Sheridan, Mersh- 
field, Grants Pass, Dallas, Amity, Seaside, Lakeview and 
Oswego requested. 

Amity and Seaside installations denied. 
Adoption of policy with respect to installations deferred. 

Malheur County. County road improvements and construction of 
shop building at Vale with P.W.A. funds. State cooperation 


approved. 
County roads. Attorney's opinion on authority of Commission 
to construct and maintain. Present practice to be continued. 
Award of contract. Commission approves award of Corbett Station- 
Rooster Rock contract to Colonial Construction Company. 
Salem-Dallas Highway. Mr. Herman Amos requests straightening 
of highway to eliminate curve west of Oak Knoll Golf Course. 
Purchases authorized, as follows: 
4 radio receiving sets; 
50,000 gallons traffic line lacquer; 
25 new trucks. 
Snow plow. Sale of old "V" type plow to F, G. Brown, Crystal. 
Klamath Falls maintenance builiing. Resolution accepting re- 
vised offer of P.WeAs funds. 
Wilgon River Highway. Commission approves supplementary 
W.P.A. project with Tillamook County. 
Permit. Consolidated Freight Lines, Inc., granted permission 
to transport overlength equipment over state highweys. 
Portland. Petition requesting action to safeguard pedestrians 
at Interstate Avenue intersection with Wheeler Place. 
Oregon-American Lumber Corporstion. Cleim for timber used on 
Wolf Creek Highway WePeAe project. 
John Day Highwey. Request of Robert Blayden to transport over- 
width buildings denied. 
Agreements, et cetera, as follows: 
Marion County, snow removal on North Santiam Highway ; 
Castle Films, Inc., distribution of motion picture of Oregon; 
J. L. Worth, elimination of cattle pass; 
State Game Commission, wild bird and game reserves along 
Junction City-Eugene Section of Pacific Highway; 
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8636 


Subject 


Bids received on projects (continued): 

Polallie Creek-Hood River Section, crushed rock; 
Albany Overcrossing; 

Albany Overcrossing Section, grading and paving; 
Tudor Ranch-Blue Mountain Pass Section, grading; 
Sale of building in Oregon City; 

Sale of building in Gleneden Beach. 

Oregon City. Moorage rights at foot of 8th and 10th Streets 
requested by Clackamas County Planning Board. 

Investigation ordered on construction of pedestrian says 
over and across highway, and use of present flocting dock. 
82nd Street Highway. liallace R. Telford requests reconstruc- 

tion of highway between Pope Hill and Oregon City. 

\iarm Springs Highway. Delegation from Crook, Jefferson, 
Harney and Deschutes Counties requests improvement of vari- 
ous sections. 

Oasis. Judge Higgs, Harney County, requests location of Wil- 
liam Hanley Oasis on Lakeview-Burns Highway. 

Central Oregon Highway. Buchanan-Junture Section. Improvement, 
requested by Judge Higgs of Harney County. 

Investigation ordered of drainage condition near Buchanan 
caused by spring flowing on highway. 

Butler Market Road. Plans for improvement discussed. 

Wolf Creek Highway. Purchase of timber strips from Sunset 
Logging Company discussed. 

Wage scale. Conference with delegation relative to insertion 
of clause in highway contracts establishing unit raze scale. 

Hood River Secondary Highway. Delegation urges completion of 
oiling between Dee and Hood River. 

Mt. Hood Highway. County Comaissioner Perry, Hood River County, 
inquires regarding proposed revision at Fike's Corner. 
Improvement from Odell to connection with Hood River Second- 
ary Highway requested by Commissioner Perry of Hood River. 

Portland. Dewey Gault confers regarding construction of ap- 
proach road from his property to Pacific Highway at junction 
of Union and Denver Avenues. 

Delegation confers regarding construction of ramp from Bybee 
Avenue viaduct to McLoughlin Boulevard. 

Pacific Highray. Victor Tengwald, Attorney, confers regard- 
ing claim of Frank Forth for damage arising out of construc- 
tion of highway south of Ashland. 

Awards. Amnouncement of exceptions in awarding contracts to 
low bidders on bids received at morning session. 

Mt. Hood Highway. Polallie Creek-Hood River Section. Resolu- 
tion awarding contract to A. 5. Wallace. 

Awerds. Commission announces ewards on projects for which 
bids were received during morning session. See page 8634) 

Yamhill County. Newberg-Yamhill Secondary Highway. Delega- 
tion urges improvement. 


Date Subject 
1939 


8626 Jan. 25  Wasco-Heppner Secondary Highway. Improvement between Condon 
and Wasco requested. 
Butler Market Road. Improvement northeasterly from Bend re- 
quested by Deschutes County Court. 
Nehalem Secondary Highway. Improvements between Jewell and 
Mist requested by several Clatsop and Columbia County granges. 
8627 Hillsboro-Silverton Secondary Highway. Improvement from 
Scholls to improved portion north of Newberg requested. 
Weston-Elgin Secondary Highway. Improvement requested. 
Estacada. Improvement of Woodburn-Mt. Hood Loop Secondary 
Highway in front of high school building requested. 
Woodburn. New connection of Hillsboro-Woodburn Secondary High- 
way with Pacific Highway requested. 
Clackamas County. Transfer of funds from Canby-Marquam Road 
to Eagle Creek-Dover County Road approved. 
Federal Aid programs. Revisioxs to take up balances aoproved. 
8629 Projects for March 2 letting. Projects selected January 13 ap- 
proved with minor changes. 
1940 federal aid projects. Selection of projects discussed. 
8630 Oregon Coast Highway. Improvement between North Bend and Marsh- 
field as priority project requested. 
John Day Highway. Mule Shoe Creek Bridge Section. Reconstruc- 
tion requested by John Day Highway Improvement Association. 
Repairs to existing bridge structure approved. 
The Dalles. State aid requested in filling in right ef way of 
Columbia River Highway in front of proposed civic building. 
Marion County. County Court requests construction of 
gre22 elimination project on River Road, south of Salem. 
Portland. Paving of unpaved portions of Lombard Street requested. 
8631 Milton. Oregon-Washington Highway. Improvement to eliminate 
curve at south entrance of highway to city requested. 
Klamath County. Improvement of road from Willamette Highway, 
near Odell Lake, to Crescent Lake requested. 
Halsey. Pacific Highway. Continuance of reconstruction re~- 
quested. 
Tillamook County. Mills Bridge over Wilson River on the Wil- 
son River Highway. New structure approved. 


8632 Speed limit. 15-miles per hour ordered on existing Mills 
Bridge over the Wilson River, Tillamook County. Resolution. 
8633 Travel and Information Department. Complaint of Kirkpatrick 


Advertising Agency relative to publicity matters. 
Enlarging membership of Advisory Board suggested by Commis- 
sioner Aldrich. 
Laws. Bill to codify Oregon highway laws approved subject to 
minor changes. 
8634 Jan. 2h Bids received on following projects: 
North Unit, Oregon City Section, grading and paving; 
Abernethy Creek Bridge; 
Bridge over Nehalem River; 
8635 Necanicum-Nehalem River Section, surfacing and macadam; 


A tT 


8658 


8659 


8660 


8661 


Subject 


Traffic signals. Installations approved (continued): 
Marshfield; 
Dallas. 

Floodlights. Install»tions, as follows, approved: 
Grants Pass; 
Lakeview; 
Portland. 

Traffic signals. "Stop" and "go" signals authorized on fol- 
lowing Portland streets: 
Sandy Boulevard, East Burnside Street, and Interstate Avenue. 
Purchase of signal contollers discussed. 

Floodlights. Roseburg. City refuses to assume expense of 
operating lights. 

Equipment. Purchase of following authorized: 
1 portable welding outfit; 
2 25-ton ratchet-type jacks. 

Load limits. Signs to be erected as occasion demands. Post- 
ings to be confirmed by resolution at following meeting. 

Wolf Greek Highway. Expense of water supply for W.P.A. Camp 
near Manning to be assumed by state. 

Dues. Payment of dues of American Association of State High- 
way Officials covering year 1939 approved. 

Herd laws. People of Carlton opposed to placing Panther Creek 
District, Yamhill County, in open range territory. 

"Tilson River Highway. Request that bridge over Wilson River 
be named "Reeher Bridge" referred to Lewis A. McArthur. 

Jump wire. Union Pacific Company offers to furnish jump wire 
to highway patrolmen operating in Columbia River Gorge. 

Fish and wild game life. Preservation along streams in Wil- 
lamette Valley urged. 

League of Oregon Cities. Transfer of highway funds to finance 
city street6 opposed by several organizations. 

Salem-Dallas Highway. Elimination of curve at Oak Knoll Golf 
Course urged by Rickreall Grange No. 671. § 

Goquille. Sidewalk construction from city limits to Smith Wood q 
Products Company urged. 

Tigard. Pcecific Highway Vest. Mrs. Mary H. Clark inquires re- 
garding adoption of permanent route. 

Log hauling. Wolf Creek Highway. Oregon Piling Company in- 
quires regarding hauling on section west of Sunset Camp. 

Portland. Sovthwest Portland Community Club inquires regard- 
ing proposed construction of west approach to Ross Island 
Bridge. 

Signs. Canby Kiwanis Club requests permission to erect a 
Kiwanis sign either within or without city limits of Canby. 

Pacific Highwey. Request for designation of routes between 
Junction City and Eugene as U.S.99E and U.S.9M. denied. 

Date of meeting. Request that latter part of February or first 
of March meeting be scheduled to avoid conflicting with con- 
ventions in Los Angeles and San Francisco. 


de 


1939 
8646 Jan. 26 


8647 
8648 


8652 Jan. 27 
8654 


8655 


ESM 2 SPER oA S52 


Subject 


Tillamook County. Little Nestucca Secondary Highway. Delega- 
tion requests improvement between Dolph and Meda. 

Wasco-Heppner Secondary Highway. Large delegation urges im- 
provement of Wiasco-Condon Section. 

Gearhart Beach property. Report on additional taxes due. 
Gearhart Park Company offers to pay one-half of such tax if 
state will pay balance. Offer accepted. 

Clatsop County. County Court inquires regarding Commission's 
plans to acquire property for future site of Columbia River 
ferry et Astoria. 

County Court inquires regarding need of county property for 
revision of Columbia River Highway in Astoria. 

South Sentiam Highway. Continued improvements urged. 

Bills. Discussion of bills to be introduced in Legislature af- 
fecting State Highway Department. 

Planning Survey Department. ‘. H. Kellogg presents claim for 
overtime work. 

Cascade Locks. Wauna Tollbridge Company granted permit to con- 
struct overcrossing and highway connection from Bridge of 
the Gods to Columbia River Highway. 

C. B. McCullough. Authority granted to attend meeting of 
American Concrete Institute in New York City. 

Albany-Lyons Secondary Highway. Linn County to assume respon~ 
sibility of Schindler Bridge Section, including old bridge 
structure. Abandonment resolution adopted. 

Real property. Resolution authorizing acquisition. 

Lincoln County. Oregon Coast Highway. Request of Thomas Purdy 
to purchase small area of land at Bob Creek denied. 

Oregon Coast Highway. Skipanon-Seaside Section. Attorney to 
negotiate for acquisition of right of way across property of 
John Albertson. 

Clatsop County. Wolf Creek Highway. Discussion of insurance 
required by Sunset Logging Company in connection with con- 
struction of logging railroad over highway. 

Payment of $9,000 to Sunset Logging Company authorized in 
connection with overcrossing structure. 

Columbia River Highway. Change in plans of Army Engineers for > 
use of dredged materials from Columbia River for highway con- 
struction. : 

Enterprise-Lewiston Highway. Vregon and Washington Sections to 
be completed simultaneously. 

Traffic signals. Present policy regarding flashing beacons and 
and "stop" and "go" signals to be continued. 

Floodlights. State to assume expense of installation and 
maintenance; cities to pay cost of electricity. 

Traffic signals. Budget of annual amount to cover cost of in- 
stallation approved. 

Installations, as follows, approved: 
Portland, west end of St. Johns Bridge; 
Sheridan; 
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8671 
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8674 


8675 


8677 
8678 


Subject 


Harney County. County Judge Higgs requests surfacing of 3-mi. 
section neer Buchanan. Complaint not concerning spring. 

Sidewalks. Construction approved along Cocs Bay-Roseburg High- 
way from Coquille to plant of Smith Wood Products Company. 
Policy adopted for sidewalk construction at state expense if 
justified by pedestrian traffic count and investigation. 

Marion County. Request for vacation of streets in Silver Falls 
City, now part of Silver Falls State Park. 

Klamath County. Modoc Point-Klamath Agency Section of The 
DallesCalifornia Highway to be designated as state second- 
ary highway upon completion of new highway. 

Gounty requests oiling of county road from Chiloguin to 
Chiloquin Mill. 
County Engineer presents several improvement projects. 

Milton. Reconstruction of Oregon-liashington Highway through 
city urged. Location survey ordered. 

Weston-Elgin Secondary Highway. Delegation from Umatilla 
County requests improvements, especially between Weston and 
Tollgate. 

Log hauling. Wolf Creek Highway. Oregon Piling Company in- 
quires regarding opening of short section west of Sunset Camp. 
Sunset Logging Company inquires regarding hauling of logs 
from Sunset Camp to- the Tillamook County line. 

Deschutes County. Delegation confers regarding number of high- 
way projects. Improvement of sight distance at intersection 
of The Dalles-California Highway and TumaloDeschutes Market 
Road requested. 

Jefferson County. Warm Springs Highway. Improvement urged. 
Construction of bridge over liarm Springs River requested. 

Awards. Commission announces awards on projects for which 
bids were received during morning session. (See page 8665) 

Coos County. Coos River Secondary Highway. Delegation re- 
quests oiling between Eastside and the Enegren Ferry. 

Warm Springs Secondary Highwey . Delegation urged construc- 
tion of Prineville-Jefferson County Line Section. 

Rerouting of highway in Prineville discussed. 

Legislation. Commission opposed to bill to determine weight 
of load of logs by log scale rather than by actual weighing. 

Log hauling. Investigation ordered of arrests for overloading 
of trucks supplying mill at Prineville. 

Newport. Messrs. Smith and Sanford confer regarding state 
deeding back to them right of way for sidewalk construction. 

Tigard. Pacific Highway West. Large delegation confers 
regarding proposed relocation, particularly along northerly 
route. 

Siuslaw Highway. Improvements requested; also construction 
of a tunnel near Triangle Lake. 

Cascade Secondary Highway (82nd Street Road). Delegation from 
Clackamas and Multnomah Counties urge early reconstruction 
between Pope Hill and Oregon City. 


Da 
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8664 


1939 


Subject 


Portland. Construction of ramp from Bybee Avenue to McLoughlin 
Boulevard requested. 
Revenues. Distribution of one-third of revenues to counties 
favored by Yamhill County Farmers' Union. 
Snow fence. Installation along Warner Valley Secondary Highway 
near junction with Fremont Highway approved. 
Benton County. Report on investigation for improvement of 
—w road from Corvallis-Newport Highway to Corvallis Golf 
Malheur County. Maintenance of county road through Danner, 
formerly used as detour for I.0.N. Highway traffic, to re- 
vert to county. 
Portland. Claim of Oregon Electric Railway Company for damage 
to property adjacent to Barbur Blvd. discussed. 
Contracts completed and accepted, as follows: 
Kamela-LaGrande Section, Rogers Construction Co.; 
Golumbia Boulevard-Harding Avenue Section, Harold Blake; 
Fleming Ranch-Schindler Bridge Section, Leonard & Slate; 
Shedd-Halsey Section, D. L. Ashton; ~ 
Bend Section, Fisher Bros.; 
Frame building at Klamath Falls, Angelo Doveri; 
Moro-Yiasco County Line Section, Rogers Construction Co. 
Agreements as follows signed: 
Quitclaim deed conveying property in Baker County unto Frank 
D. Baird; 
Easement granting to Viashington County authority to construct 
road on state property during lifetime of newly-established 
W.P.A. camp on Wolf Creek Highway; 
Easement agreement with Menasha Wooden Ware Company providing 
for maintenance of reservoir and pipe line in Umpqua Light- 
house State Park, Douglas County; 
Bargain and sale deed conveying unto Southern Pacific Company 
property in Albany; 
Permit authorizing Morrison-Knudsen Company to maintain tem- 
porary trestle roadway over Columbia River Highway at Onion 
Rock. 
Hood River Secondary Highway. Jericho Lane-Bloucher Project. 
Error in specifications. To be readvertised for next meeting. 
Bids as follows opened and read: 
Clatskanie-Summit Section, surfacing and oiling; 
Lobert Section, grading; 
Poe Valley Section, grading and surfacing; 
North Powder-Davis Ranch Section, grading; 
Noyes Ranch-Cove Section, grading, surfacing and oiling; 
Sale of building in Marshfield. 
Historical monument. Oregon City. Site on East Portland-Oregon 


City Highway for large-scale bust of Dr. McLoughlin approved. 
Oregon City. East Portland-Oregon City Highway. Construction 
of underpass 


and steps for benefit of fishermen discussed. 


8695 


8696 


8697 


Subject 


Oregon-Washington Highway. Engineer to investigate flood con- 
ditions in Riverside Addition to Pendleton. 

Lower Columbia River Highway. Improvement requested between 
Rainier and Prescott. 

Reedsport. Umpqua Highway. Improvement of "L" Street Section 
requested. 

Willamette Highway. Improvemer ls requested by Klamath County 
Chamber of Commerce and Klamath County Court. 

Klamath Falls-Lakeview Highway. Reconstruction at Dairy over- 
crossing requested. 

Portland. Improvement of North Ivanhoe Street as state high- 
wey connection to St. Johns Bridge requested. 

Coos River Secondary Highway. Improvement requested east of 
north fork ferry on Coos River. 

Woodburn-Mt. Hood Loop Secondary Highway. Hard-surfacing in 
Marion County during 1939 requested. 

Williams Secondary State Highway. Standard oil construction 
approved from Provolt to Williams schoolhouse; light oil 
treatment approved beyond such point. 

Estacada. Improvement of secondary state highway in front of 
school property requested. Action deferred. 

Territorial Secondary Highway. Improvement between Cheshire 
and Ferguson requested. 

Warm Springs Secondary Highway. Improvement between Prine- 
ville and Pine Products Company's mill requested. 

Multnomah County. Improvement of county roads in vicinity of 
Northeest lllth Avenue, Portland, requested. 

Cascade Lakes Forest Highway. Improvement from junction with 
Willamette Highway to Crescent Lake requested. 

Sidewalks. Construction requested along Medford-Provolt Sec- 
ondary Highwey west of Medford. 

The Dalles. Filling-in of right of way in front of site of 
proposed civic building and natatorium approved. 

Monumental marker. Request of Mrs. Adrian Ford to erect marker 
on Oregon Coast Highway at Astoria in memory of son denied. 
Eugene. Request for erection of signs directing truck traffic 
over city streets other than those on route of Pacific High- 

way approved. 

Fence construction. Sams Valley Secondary Highway. Construc- 
tion between Gold Hill and Sams Valley denied. 

1.0.N. Highway. Additional improvements requested. Apprecia- 
tion expressed of progress made toward completion. 

Deschutes River Canyon. Use as location for highway connect- 
ing Central Oregon and the port of The Dalles suggested. 

Communicetions, as follows, considered and ordered filed: 

Le M. Lepper, regarding roads in Warm Springs Indian Reserva- 
tion; 
C. T. Hass, regarding Oregon's exhibit at San Francisco Fair. 

Columbia River. Letter from Longview Bridge Company stating 
company's position relative to toll-free bridges across river. 


Page Da 
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Subject 


Signs. Canby Kiwanis Club requests permission to erect 4 Ki- 
wanis sign along Pacific Highway. 

Oregon Roadside Council to be requested to assist in removal 

of civic service club signs from highway rights of way. 

Mt. Hood Highway. Request of C. C, Bradley to purchase gravel 
from stock pile near Brightwood denied. 

Echo. Request of city to use gravel pit near Columbia River 
Highway as garbage dump denied. 

Federal aid secondary highway system. Engineer to prepare 
list of roads eligible for such system. 

Equipment. Engineer authorized to purchase following: 

2 ~ 10-ton road rollers for use of oiling crews; 

1 - 6-ton tandem roller for paving crews; 
12 - light-weight trucks; 

1 - pickup truck; 
10 - asphalt heaters; 

6 - mowing machines 

12 - light-type cars; 

1 - integrating dynamometer 

1 - accounting machine for installation at Salem Shops. 

Robinette-Homestead Secondary Highway. Sale of wood salvaged 
from Oxbow Tunnel approved. 

Portland. Claim of Oregon Electric Railroad Company arising 
out of construction of Barbur Boulevard Section of Pacific 
Highway West denied. 

Award confirmed of following contracts: 

Albany overcrossing section, Roy L. Houck; 
Albany overcrossing structure, Mountain States Constr. Co. 

Snow removal. State to remove snow from county road extend- 
ing from Wallowa Lake to homes of employees of Pacific Power 
and Light Company. County to reimburse state for expense. 

Traffic signals. Action taken at January 27 meeting confirmed 
regarding policy of traffic light installations.(see page 855) 

Survey. Reconnaissance survey of proposed revision of Lower 
Columbia River Highway between Goble and Rainier approved. 

P.W.A. grants. Resolutions accepting revised offers on: 
Umpqua River Bridge; 

Albany maintenance building; 
Richland-Halfway Section of Baker-Homestead Highway. 

Load limits. Resolutions reducing load limits on several sec- 
tions of state highways. 

‘ Signs removed, due to improved condition, on certain sections 
of highways heretofore posted for reduced load limits. 
Resolution lifting reduced load limit on Clarno Bridge over 
John Day River on Shaniko-Fossil Secondary Highway. 

Speed limit. Resolution setting maximum speed limit of 15 mi. 
per hour on Clarno Bridge over John Day River. 

F. D. Eason. To represent Highway Department at annual meeting 
of Western Association of State Highway Officials in San 
Francisco during week of March 6. 
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8714 


8715 
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Subject 


Albany. Options for right of way to be secured for project to 
be financed with balance of grade separation funds in north- 
ern part of city. 

Lane County. Exchange of properties with Carl G. Washburne 
along Oregon Coast Highway near China Creek authorized. 

McMinnville-Tillamook Highway. Happy Hollow Section. Mr. M. 
A. Peterson ordered to stop fence construction and to comply 
with provisions of option given by late Henry J.Rost for 
purchase of right of way. 

Condemnation. Resolution authorizing condemnation on follow- 
ing sections; 

West Portland-Hubbard Highway, West Portland-Tualatin Section, 
A. G. and L. H. Smith; 

Wolf Creek Highway, Manning-Davies Section, 
Carrie E. McGill. 

Oregon Coast Highway. Nelscott. Right of way of old route of 
highway to revert to adjacent property owners unless needed 
by state. Property owners then to be paid for same. Ben Hur 
Lampman to receive title to right of way. 

Tillamook County. Acquisition of property for park purposes 
adjacent to Oregon Coast Highway near Tillamook-—Clatsop 
County line considered. 

Condemnation. Resolution authorizing condemnation of wayside 
strips for park purposes as follows: 

Tillamook County, 
Charles A. Fowler property; 
P J. Butler property. 

Arch Cape Tunnel. Timber lining approved. 

Pacific Highway West. Multnomah County Line-Middleton Section. 
Options for right of way to be secured. 

Oyhee Reclamation Service. Engineer to construct bridges over 
ditches and canals excavated across state highways. Bill 
for same to be sent to Reclamation Service. 

Malheur County. Discussion of controversy with H. M. Feather- 
stone concerning title to stock pile site adjacent to John 
Day Highway. 

Joaquin Miller Cabin. State requested to assume maintenance. 

Celilo Indian Village. Clean-up of village deferred pending 
report from Superintendent of Umatilla Indian Reservation. 

Nelscott. Purchase of suggested park site adjacent to Oregon 
Coast Highway discussed. Preference given to purchase of 
timber strips along Salmon River Highway. 

Wolf Creek Highway. Sales agreement with Oregon-American Lum- 
ber Corporation to be prepared covering purchase of wayside 
strips adjacent to highwey. 

Azalea State Park. Purchase of addittonal 2.89 acres author- 
ized. 

Devils Elbow State Park, near Heceta Head. Negotiations for 
purchase of 458 acres authorized. 
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8703 
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Subject 


Salmon River Highway. Purchase of timber along highway at both 
ends of state-owned property approved. 

State to assume obligation of lease given by Miami Corporation 
to third party to occupy part of company's property. 

Astoria. Acquisition of county-owned property on 8th Street in 
connection with proposed ferry landing deferred. 

Astor Street revision of Oregon Coast Highway. Attorney to 
settle with county for right of wey, and to acquire needed 
right of way across privately-owned properties. 

Clatsop County. Fort Stevens Road. Engineer reports on cost 
of improvement. No action taken. 

Wolf Creek Highway. Payment of $1500 to Sunset Logging Company 
to cover liability insurance in connection with operation of 
company's railroad over highway approved. 

Final payment to Sunset Logging Company for construction of 
logging railroad over highway approved. 

Payment of claim of Oregon American Lumber Corporation for 
trees taken from company's property approved. 

Amity-Hopewell Secondary Highway. Claim of S. E. Howard for 
damage to his property to be settled on cash basis. Easement 
to carry water through Mr. Howard's property to be secured. 

Benton County. Oiling of road from Corvallis-Newport Highway 
to Corvallis Golf Club requested by County Court. 

Little Nestucca Secondary Highway. Construction of three tem- 
porary bridges and rough grading and surfacing to be done this 
year. Additional grading and surfacing to be done next year. 

Wilson River Highway. State to join with contractor Charles 4. 
Leonard in appealing case to Supreme Court regarding extra 
compensation to be paid laborers 

Pacific Highway West. Claim of Mrs. Ida B. Hedley for damage to 
her property reconsidered. 

World's Fair. Revised budget for expenditure of $ 40,000 ap- 
proved. 

Travel and Information Department. Action deferred on increas- 
ing membership of Advisory Board and appointing committee to 
study conditions affecting tourist travel. 

Marion County. Construction of connecting road between Scotts 


Mills County Road and North Santiem Bighew at Gates, requested. 
Hage scales. Portland Chapter of Associa General Contractors 


suggest modification of specifications for highway construc- 


tion work taining to sceles. 
Timberline ibdge Road. Delegation requests Commission to keep 


east leg of highway open during Ski Tournament. State agrees 
to furnish snow-removal equipment to Forest Service and Bur- 
eau of Public Roads. State to receive credit for loan of 


equipment. 
Right of way budget. Attorney reports on status of budget for 


1939. 
Real property. Resolution authorizing acquisition. 
Helsey-Sweet Home Secondary Highway. Payment of additional com- 


pensation to Elizabeth Pzden for right of way approved. 
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8733 


Subject 


Agreements, et cetera, (continued): 

Klamath Falls and CaliforniaOrcgon Power Company, change in 
nower lines, poles, etc., in connection with Main Street Un- 
dercrossing Project in Klamath Falls; 

Union County Court, maintenance end acquisition of right of 
way for North Powder River County Road; 

Klamath County Court, maintenance and acquisition of right 
of way for Poe Valley Section of Malin-Bonanze County Road; 
Portland General Electric Company, et al, form of permit re- 
leasing power company and associated pcle lines from liabil- 
ity with respect to fixtures attached by state to poles; 
Frank Cornwell, construction of tile drain leading from high- 
way to Cornwell property adjacent to Barbur Boulevard; 
Teachers Retirement Fund Association, easement for Barbur 
Boulevard drainage tunnel in Portland; 

Lewis C. Garrigus, Jr., easement for Barbur Boulevard drain- 
age tunnel in Portland; 

Bargain and sale deed conveying land in Lane County unto A. 
J. McDonald end wife; 

Bargein and sale deed conveying unto Yim. J. Jacobs and wife 
land in Irvington Addition to Portland; 

Bargein and sale deed conveying unto James Moore indemnity 
land situate in Grant County 

Date for next meeting set for April 6 and 7, 1939. 

Minutes approved of meetings held June 13, 14, and 15; June 29 
and 30; July 20 and 21; August 3 and 4; August 9; August 30; 
September 19; September 22 and 29; October 20; November 14 
to 18, inclusive; December 19 and 20, 1938; January 13; Jan- 
vary 25, 26 and 27, 1939. 

Right of wey budget. Attorney's report on budget approved. 

Real property. Resolution authorizing acquisition. 

Condemnation. Resolution authorizing condemnation on follow- 
ing sections: 

East Portland-Oregon City Hwy.,Abernethy Bridge-Main St. Sec.; 
Gladys Gates McEwan and C. T. Gates; 
August 01g0n; 

Cape Arago Highway. Charleston-Cape Arago Section, 
John Bastendorf Heirs. 

Astoria. astor Street improvement of Oregon Coast Highwey. 
Commission approves arrangement with Clatsop County Court for 
acquisition of right of way. 

Pacific Highway. Purchase of L. E. Dayton property needed for 
right of way for revision of highway approved. Attorney to 
arrange for lease of building to iir. Day ton. 

Tigard. Pacific Highway West. Attorney's report on status of 
securing right of wey options for proposed improvement. 

Wasco-Heppner Secondary Highway. Heppner-Rhea Creek Section. 
Bureau of Public Roads objects to alignment of improvement. 

Lincoln County. Attorney to negotiate with Thomas Purdy for 

exchange of properties at Bob Creek on Oregon Coast Highway. 
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Silver Falls State Park. Purchase of a 130-acre addition ap- 


proved. 

Vista House at Crown Point. Renewal of Edward L. Dimmitt's 
concession privilege for period of one year without compen- 
sation approved. 

Gravel. Request of George L. Govro to take gravel from Cum- 
mings Creek on Oregon Coast Highway denied. 

Curry County. Proposed park site at Floras Lake near Port Or- 
ford. Purchase of tract deferred. 

Deschutes County. Timber tract at intersection of McKenzie 
Highway and McKenzie-Bend Highway. Louis Hill interests of- 
fer to sell tract to state. Joint cruise of tract to be made. 

Honeyman State Park. Park Superintendent to write National 
Perk Service relative to retaining CCC camp tp continue work 
in «ark. ° 

Pictures. Display of highway department's pictures in hotel 
lobbies discussed. 

Program. Basic allocation, 1940 federal progran and 1939 state 


program. 

Partial program of 1940 regular federal aid projects. 
Surveys. List of surveys ordered since last meeting. 
Extensions of time, as follows: 

Roy L, Houck, Lamb Creek-Sheep Ridge Section; 

R, I. Stuart & Sons, Bandon-Port Orford Section; 

D, L. Ashton, Shedd-Halsey Section; 

Mountain States Construction Co., canal and railroad roadbed 

in Albany; 

Castelloe & Stocker, installation of traffic signal system 

in Eugene. 

Contracts completed and accepted, as follows: 

Lamb Creek-Sheep Ridge Section, Roy L. Houck; 

Bandon-Port Orford Section, R. I. Stuart & Sons; 

Madras-Deschutes County Line Section, Fisher Brothers; 

Lebanon-Foster Section, 4. S. Wallace. 

Agreements, et cetera, signed as follows: 

Ida H. Frazier, claim disposed arising out of construction of 

Onterio underpass; 

Waune Toll Bridge Company, highway connection from the Bridge 

of the Gods to the Columbia River Highway at Cascade Locks; 

Bureau of Public Rocds, reimbursement for expense in supervis- 

ing P.W.A. road projects on county roads; 

Maude Hastings Campbell, disposing of claim arising out of 

construction of Union Avenue viaduct, Portland; 

First National Bank of Portland and Bridal Veil Timber Company , 

hauling road easement across property adjacent to Upper Col- 

umbia River Highway, Multnomah County; 

Bridal Veil Timber Company, settlement for right of way on 

revised location of Columbia River Highway; 

O.d.R.R-& N. Company and Union Pacific Company, construction 

of highway crossing and encroachment at Jamieson; 


Page Date 
1939 

8740 Mar, 21 

8741 

8742 

8743 
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Subject 


Waldpert. City requests one of highway engineers to act as 
consultant in controversy over street improvements. 

Wage rate schedules. C. D. Long, Klamath Falls Building Trades 
Council, invited to attend conference on April 6 for discus- 
sion of establishing wage schedules on highway construction. 
Action taken on wage schedules by adjoining states to be as- 
certained. , 

Klamath County. ‘ Request for designation of The Dalles alifor- 
nia Highway from junction with Hatfield Highway to California 
State line as State Route No. 39E denied. 

Request for designation of Hatfield Secondary Highway from 
junction with The Dalles-California Highway to California 
State line as State Route No. 39% denied. 

Portland. Lighting facilities requested on Sandy Boulevard 
from Burnside Street to East 82nd Street. Action deferred. 

Redmond. Signal system requested by city at crossing of Spo- 
kane, Portland and Seattle Railroad with Ochocs Highway. 

Sidewalk. Construction of sidewalk requested along Columbia 
River Highway from Hood River to Columbia Gorge Hotel.. 

West Linn. Pacific Highway. Oiling of shoulders to be consid- 
ered in formulation of next program. 

Sheridan. McMinnville-Tillamook Highway. Oiling of shoulders 
to be considered in formulation of next program. 

Wolf Creek Highway. Sunset Camp-Elsie Section. Dates for open- 
ing of section for travel reported by Engineer. 

Cars. Offer of Braley and Graham, Buick dealers of Portland, 
to accept Commission's Buick as part payment of Buick owned 
by Mr. Braley refused. 

Klamath Falls-Lakeview Highway. Reconstruction of short sec- 
tion near Dairy requested. 

Deschutes County. Tumalo-Deschutes Secondary Highway. Improve- 
ment at junction with The Dalles-California Highway north of 
Bend requested. 

Traffic law violations. Commission urged to secure conviction 
of offenders of traffic violations in vicinity of Baker. 

H. B. VanDuzer. Naming of park in his honor considered. 

Newport. L. C. Sanford objects to Commission's solution of re- 
quest for sidewalk construction and utilization of extra- 
width right of way in front of his premises. 

Columbia River Highway. Rights of access to new highway up Col- 
umbia River Gorge to be allowed only at limited number of places. 

Devils Elbow Stete Park, at Heceta Head. Substitution of tracts 
with Rufus C. Stonefield approved. 

Acquisition of 2.6 acres at this location from Eugene 0. Hay- 
ward approved, either by purchase or condemnation. 

Cape Lookout State Park. Purchase of 119-acre tract from Crown 
Willamette Paper Company discussed. No definite action teken. 

Silver Falls State Park. Request of L. E. Inman to operete 
a crab pot in park denied. 
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1939 
8733 Mar. 21 
8734 


8737 
8738 


8739 


8740 


Subject 


Pacific Highway West. Claim of Mrs. Ida B. Hedley for damage 
to her property at Newberg reconsidered. 

Wilson River Highway. Naming of bridge over Viilson River 
"Reeher Bridge" in honor of Reeher family approved. 

Reedsport. Umpqua Highway. Purchase of property from Umpqua 
Corporation for revision of highway discussed. No action. 

Capitol Reconstruction Commission. Request for relief from 

t of account with Highway Commission denied. 

Bend. Setting of date for public hearing regarding rerouting 
of Century Drive Secondary Highway deferred. 

Equipment. Engineer authorized to purchase following: 

2 large motor patrol graders; 

6 4-yd. trucks; 

1 l2-yd. carry-all; 

1 RDS tractor, specifications to include Cletrax tractor; 
1 crushing plant; 

10 power graders; 

10 pull-type graders; 

1 Burroughs accounting machine for Salem shops. 

Load limit. Resolution reducing load limit on John Day Hw. 
Resolution lifting reduced load limits on several sections 
of state highways. 

Award of following contract approved: 

Noyes Ranch-Cove Section, Mountain States Construction Co. 

Pacific Northwest Regional Planning Conference. Selection of 
representative deferred. 

Log hauling. Conference to be held to revise penalty for over- 
loading of trucks in view of passage of House Bill No. 542. 
Signs. Free Methodist Church of Hillsboro requests permission 
to erect sign on Tualatin Valley Highway. Request denied. 
Charles H. Leonard. Appeal of case to Supreme Court regarding 
extra compensation for laborers on Wilson River Highway con- 

tract reconsidered. 

Dallas-Coast Highway. Request for designation as primary state 
highway denied. 

Bicycle paths. Letter considered and ordered filed regarding 
construction of such paths. 

Stripe painting. State to paint and maintain stripes in follow- 
ing cities on condition parallel parking is approved by cities: 
LaGrande, Adams Avenue; 

Junction City, “th Street, Junction City-Eugene Highway. 

Lane County. Naming of county road connecting Pacific Highway 
and the Junction City-Eugene Secondary Highway "Gent Drive" 
referred to Lane County Court. 

Erection of signs pointing out Santa Clara and Irving on said 
county road requested. 

Gravel. Removal of agate-bearing gravel from Oregon beaches 
protested. Engineer to investigate. 

Grant County. dxige Alen inquires regarding possibility of se- 
curing 1940 federal funds to finance improvement of feeder 
roads. 


Portlanc, Oregon, December 19, 1938 


The State Highway Commission met in regular session 6t 9:00 o'clock 
a. m. in the Auditorium of the Public Service Building. Present were: 


Henry F. Cabell, Chairwan 

E. B. Aldrich, Commissioner 

F. L. Tou Velle, Commissioner 

C. B. ieCullough, Asst. State Highway En,;ineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


Mr. R. H. Baldock, State Highway Engineer, was present pert of the time only. 


Bids as follows for highway construction projects were opened and 
read in conformance with nreviously published notice: 


JOHN DAY HIGHWAY 
GRANT COUNTY LINE-UNITY SECTION 
SURFACING, OILING, CRUSHED ROCK IN STOCK ?ILES 


Babler Bros. ® 46,538.00 
Rogers Construction Company 47,463.00 
Edwin C. Gerber 47,538.00 
E. C. Hall Company 50,431.50 
Saxton, Looney & Risley 51,556.00 
E. H. Itsclmer 54,159.00 
Materne Bros. 54,986.00 
A. Milne 55,913.00 
Homer G. Johnson 59,569.50 
R. O. Dail & Warren Bros,, Inc. 59, 708.00 
Joplin & Eldon $1,143.00 
Warren Northwest, Inc. 51,948.90 
Quinn-Robbins, Inc. 67,973.00 


OREGUN COAST AND COOS BAY-ROSEBURG HIGHWAYS 
COQUILLE SECTION - CRUSHED GRAVEL OR ROCK IN STOCK PILES 


0. C. Yocom « 17,892.00 
A. S. Wallace 19,610.00 
McGeorge Gravel Company 19,755.00 
R. 0. Dail & Warren Bros., Inc. 22,184.00 


MT. HOOD HIGHWAY 
POLALLIE CREEX-HOOD RIVER SECTION 
CRUSHED ROCK IN STOCK 2LLES 


Saxton, Looney & Risley € 13,500.00 
Schmeer, Williams & Gentemann 15,150.00 
Homer G. Johnson 15,500.00 
R. 0. Dail & Warren Bros., Inc. 16,200.00 
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1939 
8744 Mer. 21 Jessie M. Honeyman State Park. Continuance of CCC Camp for 
park improvement discussed. Financial statement of park 
maintenance funds to be furnished National Park Service in 
endeavor to retain CCC camp. 
Humbug State Park. Grazing privileges to be granted to stip- 
ulated sheepowners upon payment of fee. 
8745 Azalea State Park. Park Superintendent to negotiate with own- 
er regarding purchase price of addition to park. Original 
se included 2.89 acres, tract now contains 2.5 acres. 
Tillamook County. Nehalem Bay sandspit. Acquisition of prop- 
erty owned by Hammond Lumber Compary, now reverted to county 
under foreclosure proceedings, discussed. Options to be se- 
cured from county. 
Extension of time, as follows: | 
Carl Bahlburg, car storage building at Salem shops. 
Contracts completed and accepted, as follows: 
8746 Frame storage building at Salem, Carl Bahlburg;: 
Gilliam County Line-Ione and Hermiston projects, Clifton and 
Applegate. 
Agreements, et cetera, signed as follows: 
Southern Pacific Company, maintenance of rock wall on rail- 
road company's property near Comstock, Douglas County; 
0.W.R.R.& N. Company and Union Pacific Company, easement for 
reconstruction of Columbia River Highway between Troutdale 
and Warrendale; 
Preston Company, easement for roadway across state. park in 
Tillamook County; 
Lease from State of Oregon to Hood River County for quarry 
privileges in quarry acquired from Joseph D. Smullin; 
Bargain and sale deed conveying unto Maud H. Campbell small 
parcel of land in Stephens Addition to the City of Portland. 
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(Rough Creek-Bellmap Springs Section, continued) 


Saxton, Looney & Risley § 15,802.00 
R. 0. Dail & Warren Bros., Inc. 19,247.50 
Homer G. Johnson 21,965.00 


Chairman Cabell announced that the award of contracts would be made at 3:00 
o'clock p. m. in the same room. 


Messrs. S. E. Howard and Lloyd Tresham, Amity, came before the Com- 
mission in regard to a dreinage problem adjacent to the secondary highway, 
io. 153, between Amity and Hopewell, in Yamhill County. . Howard alleges 
that highway department maintenance crews have filled up the highway ditch in 
front of his property and as a result water backs up over his land, causing 
considerable damage. He asked the Commission to remedy the situation by re- 
opening a part of the ditch and by installing a drainage pipe along the re- 
mainder of the section. The Commission deferred a decision in the matter 
pending inspection of the premises by Chairman Cabell, Maintenance Ingineer 
J. N. Bishop, and Division Engineer F. D. Eason. It was agreed that such in- 
spection should be made in the near future. 


A delegation from Roseburg, consisting of County Judge Huron W. 
Clough, A. C. Marsters, W. C. Harding, and George H. Smith, representing the 
Board of Trustees of the Umpqua Highway Improvement District, came before the 
Commission in the interests of further improvements on the North Umpqua High- 
way. Judge Clough headed the group. They gave as their understanding that 
the Commission has budgeted the amount of $20,000 of federal aid secondary 
highway funds for the improvement of this road west of Dixonville toward Rose- 
burg, and asked the Commission to reconsider the allocation and reconstruct 
the Mud Hollow Section instead, which section extends easterly from the in- 
provement completed this year. They declared that the Mud Hollow Section 
needs improvement more than any other section between Roseburg and Glide; and, 
notwithstanding that it will cost about $28,000, which is $8,000 more than 
the amount that the Commission has budgeted for this road, urged it,stating their 
willingness to furnish right of way for the project at no cost to the state. 
The Commission agreed to give the matter consideration and let them know as 
soon as possible, so the county can proceed with the acquisition of the right 
of way in the event the change in projects is approved. 


County Commissioner Willian Baer, Deschutes County, came before the 
Commission in the interests of the Butler Market Road which extends north- 
easterly from Bend to a connection with the Powell Butte Secondary Highway. 
He was informed by Chairman Cabell that the Commission has not yet adopted 
its 1939 federal aid secondary highway construction program but this project 
will be given due consideration for the same, as was agreed when the Commis- 
sion discussed the matter with the delegation at Bend on November 14, 1938. 


County Judge Nelson B. Higgs of Harney County was present and in- 
quired as to the Commission's plans for the completion of the Central Oregon 
Highway from Bend to Ontario. Chairman Cabell explained that the Commission 
is taking bids on the following day for the oiling of a 35-mile section of 
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PACIFIC HIGHWAY 
SOUTH UNIT OF BRAR CANYON-STATE LINE SECTION 
GRADING AND CULVERT CONSTRUCTION 


Harold Blake § 80,322.00 
Roy L. Houck 80, 360.00 
Berke Bros., Inc. 82,217.50 
Leonard & Slate 82,334.00 
McNutt Bros. 84,068.00. 
Diesel Oil Sales Company 88,860.00 
E. L. Gates 89,588.00 
Edward F. Webber 94,905.00 
A. C. Greenwood Company, Inc. 110,538.00 
Hauser Construction Company 129,930.50 


THE DALLES-CALIFORNIA HIGHWAY 
CRESCENT-BEAVER MARSH SECTION - CRUSHED ROCK IN STOCK PILES 


Fisher Bros. $ 13,800.00 
Rogers Construction Company 16,900.00 
A. S. Wailace 17,450.00 


KLAMATH FaLLS-LAKEVIEW HIGHWAY 
DEVILS GARDEN-QUARTZ MOUNTAIN SECTION 
GRADING, SURFACING, OILING, CRUSHED ROCK 


J. C. Compton and Rogers Construction Company § 79,331.00 
Babler Bros. 89,734.00 
McNutt Bros. 89,775.50 
Roy L. Houck 92 , 726.00 
E. C. Hall Company 96,626.00 
Clifford A. Dunn 98,897.00 
A. Milne 102,334.00 
A. C. Greenwood Company, Inc. 104,425.00 
Homer G. Johnson 104, 502.50 
Joplin & Eldon 109,992.00 
FREMONT HIGHWAY 
HORSE RANCH-CHEWAUCAN NARROWS SECTION - CRUSHED GRAVEL 
Schmeer, Williams & Gentemann $ 12,486.50 
Saxton, Looney & Risley 14,391.00 
Homer G. Johnson 19,600.00 
R. 0. Dail & Warren Bros., Inc. 21,066.50 
McKENZIE HIGHWAY 
ROUGH CREEK-BELKNAP SPRINGS SECTION - CRUSHED ROCK 
Mountain States Construction Company § 14,982.00 
A. S. Wallace 15,030.00 


(Continued on next page) 
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land at the intersection of these two highways that will afford a much better 

wye conection than exists at present. He advised that Mr. Lemke has been 

very cooperative in furthering the Wolf Creek Highway project and gave as 

his thought that the Commission should recognize such service by accepting Mr. 

Lemke's gift with appropriate action. The Commission concurred in the Ingi- L 
neer's viewpoint and thereuzon by unanimous vote adonted the following resolu- 

tion in regard thereto: 


WHEREAS, Mr. Emil Lemke has generously donated and has 
conveyed to the State of Oregon for public highway purposes 4 tract 
of land in Clatsop County to be used by the Highway Commission in 
connection with the further improvement and maintenance of the Wolf 
Creek Highway; and 


WHEREAS, ownership of said tract of land by the State 

will make possible the construction and maintenance of a highway 
and highway connection more serviceable, more convenient and safe 
for the traveling public than would be otherwise possible; and 


WHEREAS, the helpful and willing cooperation given by lr. 
Lemke to the State Highway Commission constitutes a worthy contri- 
bution to public welfare; 


THEREFORE, BE IT RESOLVED BY THE HIGHWAY COMMISSION, all 
members being present and participating, that the sincere apprecia- 
tion of the Commission be extended to ir. Lemke for his helpful co- 
operation and his valuable gift to the general public. 


Reconsideration was given by the Commission to the matter of allow- 
ing water to be pumped from a certain gravel pit acquired some time ago from 
Lee A. Duncan of Haines, Oregon, for use in connection with the construction 
of the Baker-Flagstaff Hill Section of the Baker-Homestead Highway. The Com 
mission decided not to permit water to be pumped or taken from this gravel pit 
by anyone other than Mr. Duncan because of the damage that might occur to Mr. 
Duncan's property adjacent to the pit. The following resolution in regard 
thereto was adopted by the Commission by unanimous vote upon motion of Com- 
missioner Aldrich, which was duly seconded by Commissioner Tou Velle: , 


WHEREAS, the State has heretofore acquirea title to the 
following described real property, to wit: 3 


A parcel of land lying in the North half of the North- 
west quarter of Section 10, Township 9 South, Range 40 
Bast, W. M., Baker County, Oregon, and being & portion of 
the following described property: that tract of land which 
was conveyed by that certain deed to Lee A. Duncan, record- 
ed in Book 124, Page 64 of Baker County Record of Deeds; 
the said parcel being described as follows: 


Beginning at @ >oint which is 30 feet distant souther- 
ly from (when measured at right angles to) the relocated 
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this highway between Junture and Cairo but it does not appear possible now to 
allocate additional funds for this road until a program is arranged for the 
fiscal year 1940 federal aid funds. When such program is discussed, he said, 
the Commission will consider this project along with others, but no definite 
commitment can be made et this time. He added that it does not appear now 
that contracts involving 1940 federel aid funds can be awarded until next fall 
due to a shortage of funds with which to match the federal moneys. 


Judge Higgs then asked the Commission to investigate a bad condition 
on the Central Oregon Highway near the summit east of Buchanan, where & spring 
flows out on the highway, causing damage to the highway grade. The matter was 
referred by the Commission to the Engineer to remedy this situation. 


Judge Higgs inquired as to the Commission's program for the 1940 . 
federal aid secondary highway funds. He was informed by Chairman Cabell that 
the Commission has not yet arranged @ program for such funds due to the lack 
of state funds to match them, it being considered by the Commission advisable 
to take up all of the 1939 federal aid secondary highway funds before obligat- 
ing the 1940 funds. 


+ of the Frenchglen Secondary State Highway was then dis- 
cussed. Judge Higgs stated that this road is badly in need of improvement 
and suggested that it might be possible to secure aid from the C.C.C. Camp lo- 
cated at the Malheur Lake Game Refuge to do this work, as was done last year 
when the C.C.C. graded the roadbed and the state furnished power, culverts, 
and engineering. After discussion the Commission agreed to look into the mat- 
ter and instructed the Engineer to contact the C.C.C. officials relative 
thereto and ascertain whether or not they would be willing to undertake the 


Mr. Don Peoples, Secretary of the Bend Chamber of Commerce, was 
present relative to the improvement of the nortkerly end of the Cascade Lakes 
Forest Highway. He urged an allocation of forest highway funds for the im- 

t of this road beginning at the forest boundary near Bend, and extend- 
ing westerly to Elk Leke. He gave as his thought that it is only feir thet 
tne northerly end of this road be improved in the next forest highway Tyogs 
the nor of tne fact that the section between Crater Lake and Dianond Lake, ta) 
been completed, and Odell Lake is now served by the Willamette Highway, which 
has been graded to high standard to a connection with The Dalles-California 
Highway. He submitted a written vrief in support of his oral arguments. 


Mr. Peoples also asked for the oiling of the Santiam Highway wester- 
ly from the end of the present oiled section at Suttle Lake to the junction 
with the North Santiam Highway. Chairman Cabell advised that the Commission 
has not yet arranged its 1939 progrem for forest highway funds but will be 


The Engineer reported that Mr. Emil Lemke, who comducts a store 
business at the junction of the Wolf Creek Highway with the Oregon Coast High- 
way, in Clatsop County, has presented to the state as a gift a small tract of 
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such water becomes necessary in the use and enjoyment of the said 
real property for the taking and appropriating of gravel or road~ 
building materials therefrom. . 


The Attorney reported receipt of an offer from Earl R. Smith, Albany, 
to purchase for the sum of $15.00 some old buildings located on the right of 
way acquired from Melisse J. Kitchen in Lots 5 and 6 of Block 73, Monteith's ' 
Second Addition to Albany, and the offer of J. H. Robison to purchase for the / 
sum of $35.00 the building located on the right of way acquired from Barbare 
Kinney at 805 Lyons Street, Albany. He advised that these buildings were ad- 
vertised for sale at the last meeting of the Commission but no bids were re- 
ceived for the same and the Commission at that time authorized him to sell the 
buildings at private sale if he could get a satisfactory offer. He recommend- 
ed acceptance of both offers. The Commission approved the recommendation 
unanimously. 


The Attorney also reported that some time ago the Commission grant- 
ed an easement to a Mr. Paul Schuttpelz to construct a roadway across Rhodo- 
dendron State Park, in Douglas County, so 4s to permit Mr. Schuttpelz to have 
access to his property-adjacent to the park. He said that lr. Schuttpelz 
built his roadway, but not on the location specified in the agreement, and re- 
quested instructions as to what to do about it. After discussion the Comnis- 
sion ordered that Mr. Schuttpelz's attention be called to the fact that he 


right or permission to occupy the property on which the road has been con- 
structed. The Commission also ordered that Mr. Schuttpelz be informed that 
the easement which the Commission granted him is still in effect and that he 
is privileged to exercise his rights therein granted. 


The Commission had under discussion a letter from James and Kather- 
ine Sansbury relative to their property at Gleneden Beach, Lincoln County, 
across which the Commission at some future date proposes to relocate the Ore- 
gon Coast Highway. The Sansburys advise that they have an opportunity to 
trade their property but will not do so if the Commission will advance to 
them a portion of the cost of the right of way, sufficient to clear the in- 
debtedness against their property, the balance to be paid later. The Commis- 
sion decided to adhere to its present policy not to acquire right of way for 
any project until it is ready to proceed with actual construction of the proj- 
ect. The Attorney was instructed to advise the Sansburys accordingly and to 
state further that the Commission does not have funds to purchase their prop~- 
erty at this time, so they are at liberty to dispose of it as they see fit. 


way Commission to pay street assessments against certain state-owned property 
adjacent to McLoughlin Boulevard (East Portland-Oregon City Highway) at the 
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center line of the Baker-Homestead Highway at Engineer's 
Station 114+50.2, said point also being 2604.5 feet north 
and 3947.1 feet west of the quarter corner common to Sec- 
tions 10 and 11, Tomship 9 South, Range 40 East, W. M.; 
thence South 8 47" West parallel to and 30 feet distant 
from said center line a distance of 150.2 feet to 4 point 
opposite and 30 feet distant from Engineer's center line 
Station 113+00; thence South © 13' East a distance of 
196.6 feet; thence South 58 35! East a distance of 
262.3 feet;thence South.76° 46' 30" East a distance of 
37%.00 feet; thence North 2 52' 30" East a distance of 
126 feet; thence North 6P 10' 30" West a distance of 
318.7 feets thence North 41° 37! West a distance of 227.4 
feet to the point of beginning; containing 2.71 acres, 


and 


WHEREAS, said property is being used by the State for the 
purpose of acquiring therefrom materials for road construction pur- 
poses, and in excavating materials from said property a hole or de- 
pression was made which fills with surface or irrigation waters 
which drain from the adjoining property of the grantor Lee A. Dun- 
can; end 


WHEREAS, i+ is the belief and contention of said grantor 
that if the water which accumulates in the said borrow pit or de- 
pression is pumped out and conveyed to other property than the 
property of the grantor that irreparable damage will be done the 
said grantor; and 


WHEREAS, the grantor has requested that by official ac- 
tion the Commission go on record declaring its purpose to use said 
above described real property for highway purposes only and to re- 
fuse tc cermit water to be pumped therefrom by any person other 
than the said grantor; 


THEREFORE, IT IS HEREBY RESOLVED by this Commission, all 
members being present and affirmatively voting, as follows: 


1. That it is, and hereby is declared to be, the purpose 
and intention of the Highway Commission to use the above described 


real property for highway purpose only, and that it is hereby re~ 
solved and declared by the Commission that the Commission will not 


voluntarily permit water which may assemble in said gravel pit or 


depression to be pumped or taken therefrom by any person, firm or 
corporation other than the said grantor Lee A. Duncan. 


2. Nothing herein, however, shall be construed to in any 
way prevent the Highway Commission, its officers, agents or employes 
from pumping water from said gravel site if and when the pumping of 
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(Recommended Forest Highway Program continued) 


Proj. No. Project Lengths Aitosation Coop. (State) Remarks 
23-63 Santiam 5.0 $75,000 Reconstr.Grad. 
& Surf. 
24-E6 North Santiam 6.5 70,000 Surf. 
30-D Klam.Falls-Lakeview 3.6 100,000 Reconstr.Grad. 
& Surf. 
34-A2 Pendleton-John Day 1.4 45,000 Reconstr.Grad. 
& Surf. 
35-a6 John Day-Burns 7.5 65,000 Reconstr.Grad. 
37-Ad Weston-Elgin 54 45,000 Reconstr.Grac. 
& Surf. 
38-D Flora-Enterprise 1.4 100,000 Grading 
46-0 Cascade Lakes 5.0 50,000 Grading 
50-A Timberline 2.0 100,000 Grad.& Surf. 
Maintenance 50,000 
Extraordinary Maintenance 5,000 
Location Surveys 25,000 


TOTAL $1,010,000 $55,000 


The allocation of $100,000 in this program for the improvement of 
the Timberline Road was approved subject to the condition that this road be 
placed on the Forest Highway System. The conference was concluded at. 2:00 
o'clock p. m., whereupon the Commission returned to the Auditorium of the Pub- 
lic Service Building to hear delegations and to dispose of additional routine 
matters, all commissioners being present and participating. Also present were 
the State Highway Engineer, the Assistant State Highway Engineer, the Attor- 


A delegation from Portland, representing the Metropolitan Associa- 
tion, came before the Commission in the interests of the improvement of Front 
Avenue as an arterial highway route for north-bound and south-bound traffic 
through the Portland westside business district. The delegation was headed 
by Mr. Wm. F. Woodward, and included the following: Mayor Jos. K. Carson, Jn; 
David B. Simpson, representing the Building Owners and Managers Association; 
Vernon Scott, representing the Packer-Scott Company; George Friede, Representa- 
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Holgate Street intersection, and expects the state to pay such assessments the 
same as if the property were privately omed. The Attorney questioned the 
right of a city to assess state property for municipal improvements, and in 
view thereof the Commission referred the matter to him for further investiga- 
tion and to ascertain upon what grounds the state is being charged for this 


expense. 


The Commission had under consideration the Ingineer's report on the 
cost to improve the county road extending from the Oregon Coast Highway, near 
Astoria, to Fort Stevens, but deferred action thereon wntil some future date, 


The Commission adjourned at 11:40 o'clock a. m. and reconvened at 
1:00 o'clock p. m. in the Green Room of the Congress Hotel for a conference 
with representatives of the U. 5. Bureau of Public Roads and the U. S. Forest 
Service relative to programming the fiscal year 1940 forest highway funds. 
Present at such conference were the following: Henry F, Cabell, Chairman; 
E.B.Aldrich, Commissioner; R. H. Baldock, State Highway Engineer; C. B. McCul- 
lough, Asst. State Highway Engineer; and H. B. Glaisyer, Secretary, represent- 
ing the State Highway Department; W. H. Lynch, District Engineer, F. E. An- 
drews, H. D. Farmer, and R. Ni. Kellogg, representing the U. S. Bureau of Pub- 
lic Reads; C. J. Buck, Regional Forester; anc James Frankland, Regional Engi- 
neer, representing the U. S, Forest Service. 


After careful study and full discussion, the following projects were 


tentatively selected for such program by mutual agreement of all parties con- 
cerned: 


Funds Available: 

F. ¥. 1940 Authorization.....+seceesesses $898,443 

Less Admin. & Equipment (10% approx.)...- __ 89.443 $809,000 
Savings from prior programs....-. hseaberckvhenseavens +_.201,,000 
Totel Available for new PIOBTAM. ss seceeeeeseeseseees ely 010,000 


: ° 
; F. H. 
Proj. No, Project Lengths Allocation Coop.(Stete) Remarks 
6-E7 Alsea -08 $70,000 $30,000 Reconstr.Br. 
& Grad. 
16-K Tiller-Trail 3.8 75,000" 25,000 Grading 
21-K3,L Willamette oh 75,000 Grading 
21-E4,F4,G62, 
H3,13,J4, Ki, Willamette ; 21.3 60.000 Surf.@ Bit. 


(Continued on next page) 
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by unanimous vote authorized the Engineer to attend such Road Congress on full 
salary, provided his expenses are paid by the Federal Government. 


The matter of reappointing lir. R. H. Baldock as State Highway Engi- 
neer from the date of expiration of his last appointment, February 28, 1938, 
was also discussed. Motion was made by Commissioner Aldrich that iir. Baldock 
be reappointed State Highway Engineer for another 4-year term commencing March 
1, 1938. The motion was duly seconded by Commissioner Tou Velle and was de- 
clared by Chairman Cabell to have passed by the unanimous vote of the Commis- 
sion. 


The matter of appointment of the Commission's Attorney and Secretary 
also had the attention of the Commission. Motion was made by Commissioner Ald- 
rich that Mr. J. M. Devers, the Commission's present Attorney, and ir. H. B. 
Glaisyer, the Commission's present Secretary, be reappointed to their respec- 
tive positions. The motion was duly seconded by Commissioner Tou Velle and 
was declared by Cha .cman Cabell to have passed by the unanimous vote of the 
Commission. 


The Commission had under consideration the matter of the award of 
the contracts for which bids were taken at the morning session. After careful 
consideration of the bids, the Commission decided to award the contracts in 
each instance to the low bidders except that the Commission rejected all of 
the bids teceived for the furnishing of crushed rock in stock piles on the Po- 
lallie Creek-Hood River Section of the Mt. Hood Highway, in Hood River County. 
The following resolutions in regard to such awards were adopted by the unani- 
mous vote of the Commission, upon motion of Commissioner Aldrich, which was 
duly seconded by Commissioner Tou Velle: : 


A RESOLUTION AWARDING THE CONTRACT FOR THE CONSTPECTION OF THE GRANT 
COUNTY LINE—UNITY SECTION OF THE JOHN DAY HIGHWAY IN BAKER COUNTY 
DOCKET NUMBER OREGON 1373-F, UNIT F 


WHEREAS, bids received for the construction of the Grant 
County Line-Unity Section of the John Day Highway in Baker County 
have been duly opened and read, in accordance with published no- 
tice, and compared, 


AND WHEREAS, the bid submitted by Babler Brothers, con- 
tractor, is the lowest responsible bid received and is within the 
funds available for the construction of the said project, 


NOW, THEREFORE, Be It Resolved by the State Highway Com- 
mission of the State of Oregon thet the contract for the construc- 
tion of the Grant County Line-Unity Section of the John Day High- 
way in Baker County be and the same is hereby awarded to Babler 
Brothers, contractor, in the amount of Forty-six Thousand Five Hun- 
dred Thirty-eight Dollars ($46,538.00), and 


Be It Further Resolved that this award shall not be ef- 
fective until the successful bidder has been notified in writing 
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tive in the state legislature; Robert Strong; George Lawrence; John Logan, At- 
torney; and others. 


The members of the delegation reiterated arguments heretofore pre- 
sented on behalf of this improvement, from the standpoint of both traffic and 
business interests. They declared that something must be done to relieve traffic 
congestion and gave as their thought that the improvement of Front Avenue as 
an arterial highway connection is the most feasible solution. They alleged 
that, due to the decrease in property valuations and obligations the City of 
Portland is required to meet, it would not be possible for the city to cooper- 
ate financially in this project. They urged the Commission to proceed with 
the improvement in order to take care of north- and south-bound treffic 
through Portland's westside district, which they declared is of vital concern. 
Speaking in behalf of this project were Mayor Carson and Messrs. Woodward, 
Simpson, Scott, Friede, Strong, Lawrence, and Logan. 


Cheirman Cabell advised that the Commission is glad to have the 
viewpoint of the members of the Metropolitan Association and that the Comnis- 
pion realizes that one of its obligations is to provide for traffic needs 
through metropolitan areas throughout the state. It is an acute vroblem, he 
said, and is just one of the problems that is growing larger as time goes on. 
The difficulty with the Front Avenue plan, he said, is twofold: first, its 
magnitude, and in this connection the Commission believes that if and when it 
starts this improvement it should not do an inferior job, and to do e good 
job will cost an enormous sum of money. The second difficulty, he said, is 
the cost of right of way, which is very expensive along the route of Front 
Avenue. He pointed out that the Commission was favorably inclined to the proj- 
ect at one time and indications were that construction would proceed; but the 
plans did not materialize because the City of Portland could not furnish the 
right of way, which was a prerequisite to construction. He mentioned that 
there are rumors that the Federal Governnent, through Congress, will provide 
funds for undertakings of this kind, including the acquisition of right of 
way, and advised that if Congress does provide such funds, then it would be 
possible to revive this project; but there is 4 question as to the feasibility 
of the project unless the state is able to secure financial assistance from 
some other source. He thanked the delegation for its presentation and con- 
cluded the conference by stating that the Commission will keep the project in 
mind and will do the best it can for it. 


The Commission had under consideration at this time the matter of 
yrenting a leave of absence to the State Highway Engineer, Mr. R. H. Baldock, 
from December 19, 1938, to the latter vart of February, 1939, to attend the 
Pan-American Road Congress that is to be held in Santiago, Chile, as & 
sentative of the United States Government. Mr. Baldock, who was present, 
vised that he is one of three engineers in the United States who have been 
honored with an invitation to be 4 delegate to such Road Congress; also, thet 
all of his expenses will be paid by the Federal Government, but he will not 
be carried on the Government's payroll. The Commission considered that the 
invitation extended to Mr. Baldock is a high honor and reflects credit on the 
State of Oregon by whom he is employed, and it was the thought of the Commis- 
sion that the invitation should be accepted. In view thereof, the Commission 
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of such award by the Secretary of the Oregon State Highway Commis- 
sion. 


A RESOLUTION AWARDING THE CONTRACT FOR THE CONSTRUCTION OF THE BEVILS 
GARDEN-QUARTZ MOUNTAIN SECTION OF THE KLAMATH FALLS-LAKEVIEW HIGHWAY 
IN KLAMATH AND LAKE COUNTIES - DOCKET NUMBER OREGON 1404-F 


WHEREAS, bids received for the construction of the Devils 
Garden-Quartz Mountain Section of the Klamath Falls-Lakeview High- 
way in Klamath and Lake Counties have been duly opened and read,in 
accordance with published notice, and compared, 


AND WHEREAS, the bid submitted by J. C. Compton & Rogers 
Construction Company, contractor, is the lowest responsible bid re- 
ceived and is within the funds available for the construction of 
the said project, 


NOW THEREFORE, Be It Resolved by the State Highway Com- 
mission of the State of Oregon that the coutract for the construc- 
tion of the Devils Garden-Quartz Mountain Section of the Klamath 
Falls-Lakeview Highway in Klamaii and Lake Counties be and the 
same is hereby awarded to J. C. Compton & Rogers Construction Com- 
peny, contractor, in the amount of Seventy-nine Thousand Three 
Hundred Thirty-one and no/100 Dollars ({79,331.00), and 


Be It Further Resolved that this award shall not be ef- 
fective until the successful bidder has been notified in writing 
of such award by the Secretary of the Oregon State Highway Commis- 
sion. 


A RESOLUTION AWARDING THE CONTRACT FOR THE CONSTRUCTION OF THE HORSE 
RANCH-CHEWAUCAN NARROWS SECTION OF THE FREMONT HIGHWAY IN LAKE COUNTY 
DOCKET NUMBER OREGON 1375-F, UNIT E 


WHEREAS, bids received for the construction of the Horse 
Ranch-Chewaucan Narrows Section of the Fremont Highway in Lake Coun- 
ty have been duly opened and read, in accordance with published no- 
tice, and compared, 


AND WHEREAS, the bid sutmitted by Schmeer, Williams and 
Gentemann, contractor, is the lowest responsible bid received and 
is within the funds available for the construction of the said 
project, 


NOW THEREFORE, Be It Resolved by the State Highway Con- 
mission of the State of Oregon that the contract for the construc- 
tion of the Horse Ranch-Chewaucan Nerrows Section of the Fremont 
Highway in Lake County be and the same is hereby awarded to Schmeer, 
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of such awarZ by the Secretary of the Oregon State Highway Commis = 


sion. 


A RESOLUTION AWARDING THE CONTRACT FOR THE CONSTRUCTION OF THE 
SECTION OF THE OREGON COAST AND COOS BAY—-ROSEBURG HIGHMAYS 
IR COOS COUNTY - DOCKET NUMBER OREGON 1374-F, UNIT A 


WHEREAS, bids received for the construction of the So- 
quille Section of the Oregon Coast and Coos Bay-Roseburg Highways 
in Coos County have been duly opened and read, in accordance with 
published notice, and compered, 

AND WHEREAS, the bid submitted by 0. C. Yocom, contrac- 
tor, is the lovest responsible bid received and is within the funds 
available for the construction of the said project, 


HOW THEREFORE, Be It Resolved by the State Highway Com- 
mission of the State of Oregon that the contract for the construc- 
tion of the Coquille Section of the Oregon Coast and Coos Bay High- 
ways in Coos County be and the same is hereby awarded to 0. C. Yor 
com, contractor, in the amount of Seventeen Thousand Eight Hundred 
Ninety-two Dollars ($17,892.00), and 


Be It Further Resolved that this award shall not be ef- 
fective until the successful bidder has been notified in writing of 
such award by the Secretary of the Oregon State Highway Commission. 


A RESOLUTION AWARDING THE CONTRACT FOR THE CONSTRUCTION OF THE 
CRESCENT-BEAVER MARSH SECTION OF THE DALLES-CALIFORNIA HIGHWAY 
ii KLAMATH COUNTY - DOCKET NUMBER CREGON 1375-F, UNIT D 


WHEREAS, bids received for the construction of the Cres- 
cent-Beaver Marsh Section of The Dalles-Californis Highway in Klan- 
ath County have been duly opened and read, in accordance with pub- 
lished notice, and compared, 


AND WHEREAS, the bid submitted by Fisher Brothers, con- 
tractor, is the lowest responsible bid received and is within the 
funds available for the construction of the said project, 


NOW THEREFORE, Be It Resolved by the State Highway Com- 
mission of the State of Oregon that the contract for the construction 
of the Crescent-Beaver Marsh Section of The Dalles-California Highway 
Sn Klamath County be and the same is hereby awarded to Fisher Broth- 
ers, contractor, in the amount of Thirteen Thousand Eight Hundred 
and no/100 Dollars ({13,800.00), and 


Be It Further Resolved that this award shall not be ef- 
fective until the successful bidder has been notified in writing 
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with respect to the bids that were received at the morning session, such 
awards having been »reviously approved by the Commission by unanimous vote: 


"Grant County Line-Unity Section of the John Day Highway, in 
Baker County. 10.63 miles surfacing and oiling; also furnish 3,000 
cubic yards crushed rock in stock piles. The low bid for this proj- 
ect was that gibmitted by Babler Bros., Portland, at {,6,538.00. 
The next low bid was that of Rogers Construction Company, Dayton, 
Washington, at $47,463.00. There were 11 higher bidders. The Com- 
mission has awarded the contract to Babler Bros., the low bidders, 
at their bid price of $46,538.00. 


"Coquille Section of the Oregon Coast and Coos Bay-Roseburg 
Highways, in Coos County. Furnish 7,400 cu. yds. crushed gravel or 
crushed rock in stock piles. 0. C. Yocom, Willamina, submitted the 
low bid at $17,892.00. A. S. Wallace, Roseburg, submitted the next 
low bid at $19,610.00. There were 2 higher bidders. The Commis- 
sion has awarded the contract to the low bidder, 0. C. Yocom, at 
his bid price of $17,892.00. 


"Polallie Creek-Hood River Section of the it. Hood Highway, in 
Hood River County. Furnish 6,000 cu. yds. crushed rock in stock 
piles. The low bid for this project was submitted by Saxton, Looney 
& Risley, Oak Grove, at $13,600.00. The second low bid was submit- 
ted by Szhmeer, Williams & Gentemann, Portland, at $15,150.00. 
There were 2 higher bids submitted. The Commission has rejected 
all bids received for this job and ordered it readvertised. 


"South Unit of Bear Canyon-State Line Section of the Pacific 
Highway, in Jackson County. 0.90 mile grading and culvert construc- 
tion. 10 bids were received for this project, the low one being 
that of Harold Blake, Portland, at $80,322.00. The second low bid 
was that of Roy L. Houck, Salem, at $80,360.00. The Commission has 
awarded the contract to the low bidder, Harold Blake, at his bid 
price of 380,322.00. 


"Crescent-Beaver Marsh Section of The Dalles-California High- 
way, in Klamath County. Furnish 7,000 cu. yds. crushed rock in 
stock viles. Fisher Bros., Oregon City, submitted the low bid for 
this project at $13,800.00. Rogers Construction Company, Dayton, 
Washington, submitted the next low bid at $16,900.00. The only 
other bid received was that of A. S. Wallace, Roseburg, at 
$17,450.00. The Commission has awarded the contract to the low 
bidders, Fisher Bros., at their bid price of $13,800.00. 


"Devils Garden-Quartz Mountain Section of the Klamath Falls- 
Lakeview Highway, in Klamath and Lake Counties. 1.45 miles grading; 
.89 miles surfacing and oiling; also turnish 3,700 cu. yds .crushed 
rock in stock piles. 10 bids were received for this project, the 
low one being that of J. C. Compton and Rogers Construction Company, 
McMinnville, at $79,331.00. The second low bid was submitted by 
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Williams and Gentemann, contractor, in the amount of Twelve Thousand 
Four Hundred Eighty-six and 50/100 Dollars ($12,486.50), and 


Be It Further Resolved that this award shall not be effec- 
tive until the successful bidder has been notified in writing of 
such award by the Secretary of the Oregon State Highway Commission. 


A RESOLUTION AWARDING THE CONTRACT FOR THE CONSTRUCTION OF THE ROUGH 
CREEK-BELKNAP SPRINGS SECTION OF THE McKENZIE HIGHWAY IN LANE COUNTY 
DOCKET NUMBER OREGON 1374-F,UNIT B 


WHEREAS, bids received for the construction of the Rough 
Creek-Bellmap Springs Section of the McKenzie Highway in Lane County 
have been duly opened and read, in accordance with published notice, 
and compared, 


AND WHEREAS, the bid submitted by Mountain States Construc- 
tion Company, contractor, is the lowest responsible bid received and 
is within the funds available for the construction of the said proj- 
ect, 


NOW THEREFORE, Be It Resolved by the State Highway Commis- 
sion of the State of Oregon that the contrac: -ur the construction 
of the Rough Creek-Bellmap Springs Section of the McKenzie Highway 
in Lane County be and the same is hereby awarded to Mountain States 
Construction Company, contractor, in the amount of Fourteen Thousand 
Nine Hundred Eighty-two and no/100 Dollars ($14,982.00), and 


Be It Further Resolved that this award shall not be effec- 
tive until the successful bidder has been notified in writing of 
such award by the Secretary of the Oregon State Highway Commission. 


At 3:30 o'clock p. m. Chairman Cabell made the following announce~ 
ment with regard to the qualifying of bids on P.W.A. projects: “It has been 
the custom of the State Highway Commission in the past to allow contractors 
to bid on several projects and to qualify their bids by stating that they 
would accept the award of only one contract or certain jobs bid upon, leaving 
the choice of the project or projects to the Commission. The requirements of 
the Public Works Administration will not permit such qualification to be in- 
cluded in the projects that are to be financed with P.W.A. money, so the Com- 
mission bas included in its specifications a clause prohibiting the use of 
such qualification in connection with bids on such jobs. Bidders are warned, 
therefore, that if they bid on more than one project and qualify their bids 
by stating that they will accept only one contract or certain contracts, such 


Chairman Cabell then announced the awards of contracts a8 follows, 
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advised that the Commission is interested in their proposition but is not in 
a position today to make a definite decision in regard thereto because of the 
shortage of funds. He also said that the Commission would reconsider the mt- 
ter and would discuss it with the State Parks Superintendent to ascertain 
whether of not the proposed area would fit in with the state park program. 
(The Commission discussed this matter with the State Parks Superintendent on 
the following day, at which time it was pointed out that the zroposed park 
has no ocean frontage; in fact, the tract is separated from the ocean by an- 
other tract of approximately equal area, and the only access to the beach 
from the proposed park site is by a narrow roadway. The State Parks Suyerin- 
tendent gave as his thought that, if the Commission wante to purchase an 
oceanside park,it should be a real ocean park, fronting directly on the ocean, 
rather than being separated therefrom by another tract of land. ter dis- 
cussion, the Commission decided unanimously to refuse the offer of the Nel- 
scott committee. ) 


Mr. J. V. Chandler, Albany, representing R. I. MacLaughlin Company 
of that city, and Mr. Arthur McMahan, his attorney, came before the Commis- 
sion with respect to a right of way matter arising out of the proposed Al- 
bany railroad grade crossing elimination project. Mr. McMahan was spokesman. 
He advised that R. I. MacLaughlin Company owns 4 fruit-packing plant at Al- 
bany which will have to be moved in order to make way for the proposed high- 
way improvement, but they are unable to make a satisfactory settlement with 
the Commission's right of way agents, hence they are appealing to the Comnis- 
sion dérect. : 


The history of the case was recited by the Commission's Assistant 
Attorney, ir. J. W. DeSouza. It appears that a satisfactory settlement has 
been reached with respect to all matters pertaining to this transaction with 
the exception of one item representing damages which the company alleges it 
will suffer by reason of having to move its buildings from their present lo- 
cation to 4 new site. It is the company's contention that the new site is 
not as suitable for its purposes as the present site, having no paved street 
in front of the premises, no sewage facilities, and the back of the property 
being inaccessible due to the proposed highway grade. It also appears that 
the state's offer covers damages amounting to $2,050, whereas the company is 
demanding the sum of $2,769, a difference of $719.00. 


The matter was discussed at considerable length but a decision with 
respect thereto was deferred until later in the session. The question of 
when the company's building: would have to be moved was also discussed and it 
was decided to give the company until Jamary 26, 1939, to remove them from 
the highway right of way, this being the date on which bids are to be re- 
ceived for the Albany project. (This matter was reconsidered by the Conmis- 
sion at the evening meeting on this date, at which time the Commission in- 
structed the Attorney to negotiate further with the company officials and en- 
deavor to get them to reduce the amount of their demand. He was authorized 
by the Commission to increase the amount of his offer by 50 per cent of the 
difference between his previous offer and the co 's demanded price, and, 
if absolutely necessary, to go as hich as $2,500. 
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Babler Bros., Portland, at $89,734.00. The Commission has awarded 
the contract to the low bidders, J. C. Compton and Rogers Construc- 
tion Company, at their bid price of $79,331.00. 


“Horse Ranch-Chewaucan Narrows Section of the Fremont Highwey, 

in Lake County. Furnish 10,500 cu. yds. crushed gravel in stock 
iles. The low bid for this project was submitted by Schmeer, Wil- 
jams & Gentemann, Portland, at $12,486.50. The second low bid was 
submitted by Saxton, Looney & Risley, Oak Grove, at $14,891.00. 
There were 2 higher bidders. The Commission has awarded the con- 
tract to the low bidders, Schmeer, Williams & Gentemann, at their 
bid price of $12,486.50. 


“Rough Creek-Belkmap Springs Section of the McKenzie Highway, 
in Lane County. Furnish 9,100 cu. yds. crushed rock in stock piles. 
Mountain States Construction Company, Eugene, submitted the low bid 
for this project at $14,982.00. A. S. Wallace, Roseburg, submitted 
the next low bid at $15,030.00. There were 3 higher bids submitted. 
The Commission has awarded the contract to the low bidder, Mountain 
States Construction Company, at its bid price of 914,982.00." 


A delegation from Liricoln County, representing the Lincoln County 
Park Committee, and consisting of A. M. Williams, Nelscott; G. G. Sittser, 
Jr., De Lake; A.T. Walker, Oceanlake; and E. C. Thayer, Portland, came before 
the Commission with respect to 4 proposed park site situate between tiie Ore- 
gon Coast Highway and the Pacific Ocean, a short cistance north of Nelscott. 
Mr. Williams headed the croup. He recalled that a delegation from Lincoln 
County appeared before the Commission some time ago and urged the Commission 
to acquire 120 acres at this location, which they said could be purchased for 
the sum of $22,000; but the Commission refused the offer because of the 
amount involved. Since then, he gaid, a ert of the property has been plat- 
ted into lots and some of the lots sold, but there still remain 40 acres of 
timbered land which is available for state park purposes if the Commission 
wante it. He advised that this 40 acres, together with an irregular strip 
approximately 150 feet wide adjacent to the highway, cen be purchased for ap- 
proximately $6,500, and urged favorable action on the matter by the Commis- 
sion for the benefit of under-privileged people and others who want to enjoy 
the beach scenery and facilities but who have no place to go. 


Mr. Sittser, Editor of the Welscott paper, concurred in the remarks 
of Mr. Williams and added that the tract they are sponsoring for 4 state 
park is the only suitable area available for such purpose for a distance of 
50 miles up and down the coast line. He urged the Commission to reconsider 
its previous decision. Mr. Thayer concurred in the remarks of the other 
speakers and gave as his thought that this is a most desirable tract for park 
pur ,oses and that the price that is being asked for the same is very reason- 
able. He further stated that he approved the state park program and the ex- 
penditure of state highway funds for the acquisition of additional parks at 
other points throughout the state. 


Chairman Cabell thanked the delegation for its presentation and 


19 1938 


the route being along the $2nd Street Highway from Clackamas to Columbia Bou- 
levard, thence along Columbia Boulevard (Northeast Portland Secondery Highway) 
to Union Avenue (Pacific Highway), thence along the Pacific Highway across the 
Interstate Bridge to Vancouver. They stated they have only one load to haul 
at the present time but anticipate considerable hauling in the future if they 
are awarded the contract to furnish poles for the Bonneville transmission pole, 
line. The Commission hesitated to grant the request due to the large volume 
of traffic on the roads over which the hauling is to be done, particularly be- 
cause of the traffic on Sandy Boulevard, Portland, which must be crossed. 
However, the Commission authorized the movement of a trial load under observa~ 
tion by the Maintenance Engineer and the Traffic Engineer, representing the 
State Highway Department, to determine whether or not loads of such length 
can be transported over these roads without causing an undue nazard to other 
traffic. The Secretary was authorized to issue rermits for the transporte- 
tion of overlength loads over these highways in accordance with the recommen- 
dation of the Maintenance Engineer and the Traffic Engineer. 


Mr. F. A Cornell, City Attorney, Sweet Home, Oregon, came before 
the Commission with regard to the construction of a sidewalk on the highway 
right of way at Sweet Home. He said that the city contemplates constructing 
a concrete sidewalk on the south side of the Santiam Highway for several 
blocks in Sweet Home and would like permission from the Commission to build 
this sidewalk on the highway right of way notwithstanding that it is only 60 
feet wide at this location and there is 4 possibility that it will be widened 
to 80 feet at some future date. He advised that, for the most part, the prop- 
erty owners are willing to donate land for a right of way $0 feet wide but 
several of them object strenuously to doing this because their homes are lo- 
cated too close to the present roadway; so, unless the Highway Commission 
will authorize the city to build its walk on the present highway right of way, 
the city will have to forego.the walk. 


The Engineer advised that the highway right of way outside of the 
city is now 80 feet wide but within the city limits it is only 60 feet wide 
and that it is vlanned to widen it to 80 feet width throughout as soon as 
funds can be spared for the purpose. If the sidewalk were constructed on the 
60-foot right of way, he said, there would be a jog at the point where the 
width of the highway changes to 80 feet, which would present an undesirable 
situation. The proper thing to do, he said, would be to require that the 
sidewalk be constructed at the edge of an 80-foot right of way. iir. Cornell 
repeated that this could not be done because there are several buildings in 
the way and some of the property owners object. He added, however, that if 
the Commission would let the sidewalk encroach 2) feet on the present right 
of way, the property owners would not object to the other 23 feet being con- 
structed on their private property. He suggested such arrangement as a mat- 
ter of compromise. The Engineer recommended approval of the suggestion in 
view of the fact that it would leave 55 feet clear width between curbs if and 
when a sidewalk is constructed in 4 similar location on the other side of the 
road. The Commission approved the recommendation unanimously end authorized 
the issuance of a permit on such basis. 


Mr. James L. Conley, attorney, Portland, appeared before the 
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Mr. Carl J. Knutsen, State Manager, and Mr. Lee D, Cranmer, Superin- 
tendent of Group Insurance, representing the California-Western States Life 
Insurence Company, came before the Commission with respect to the company's 
offer to furnish group insurance Covering state highway department employees. 
Mr. Cranmer, who represents the Home Office of the com»any, explained in de- 
tail a plan that they heve in mind. Chairman Cabell advised that the Commis- 
sion has not yet had an opportunity to discuss the Attorney's report on this 
subject, hence is not in a position to make 4 decision at this time but will 
do so @s soon as possible. (The matter was reconsidered the following day, 
at which time the Assistant Attorney advised that he has investigated the 
company and ascertained that its experience rating is satisfactory. Further- 
more, that he has been advised by competent authority that the company has a 
good average general policy and that its plan for the furnishing of group in- 
surance is fair and reasonable. In the discussion of the matter it was 
brought out that the same kind of insurance is available through numerous in- 
surance companies, in view of which it was thought that it would be creating 
more or less of a monopoly if the Commission accepted the proposition of the 
California-Western States Life Insurance Company. The Commission did not 
question the benefits to the highway department employees through the policy 
offered but was of the opinion that the selection of the company to furnish 
the insurance should be made by the employees themselves. In view of the cir- 
cumstances and the fact that the Commission preferred not to appear 4s dic- 
tating to the employees in the matter of the selection of the company, the 
Commission decided not to accept the company's offer.) 


A delegation from Cottage Grove, consisting of Harold E. Eakin, 
banker; S. L. Goddard, contractor; Scholfield Stuart, plumber; L. J. McCoy, 
businessman; Peter Christensen, carpenter; and Vinal Randall, came before the 
Commission in regard to the proposed revision of the Pacific Highway through 
Cottage Grove. Mr. Eakin headed the group. 


Mr. Eakin urged the Commission to construct the proposed revision 
during the year 1939 and presented oral arguments in behalf of the request. 
Each member of the delegation endorsed Mr. Fakin's remarks. Mr. Stuart par- 
ticularly urged the construction from the standpoint of safety to school 
children, the present route passing in front of the public school. Mr. God~- 
dard spoke from the standpoint of property development, stating that the de- 
velopment of private property in Cottage Grove is being held up to 4 large 
extent because the highway has not been rebuilt on the proposed permanent 
alignment. 


Chairman Cabell advised that it does not appear now, on acccvnt of 
the shortage of funds, that the Commission could possibly place this project 
under contract until 1940. He explained the status of the Commission's fi- 
nances and advised that it will be several months before the Commission ar- 
ranges its 1940 program, but the Commission will be pleased to consider this 
project at that time, 


Messrs. Leo Farr and F.B. Lowery, Portland, came before the Comnis- 
| sion and requested permission to transport one load of piling 60 feet in 
' length over state highways from the town of Clackamas to Vancouver, Washington, 
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Mr. C. D. Long, business representative of the Klamath Falls Build- 
ing Trades Council, appeared before the Commission in reference to the estab- 
lishment of certain wage rates on highway construction work. Mr. Long stated 
that it wes his understanding that the Highway Commission had under considera- 
tion adoption of minimun wage rates in connection with highway construction 
projects; and stated, further, that the rates specified in that certain agree- 
ment executed by some of the affiliates of the American Federation of Labor 
and certain highway contractors, members of the Associated General Contractors 
of America, are lower in several instances than the corresponding rates speci- 
fied by the Federal Government. Mr. Long urged that, if and when the Highway 
Commission adopts the minimum wage rates specified in the above-mentioned 
agreement, or any other standard minimum wage rates, the minimum rates now in 
effect be retained in all cases where they are higher than those specified in 
the agreement. 


Mr. Long was informed by the Commission that his request would be 
given consideration at such time as this matter is brought up for formal ac- 
tion on the part of the Commission. 


The Commission adjourned at 5:30 o'clock p. m. to reconvene at 9:00 
o'clock p. m. in the Benson Hotel. 


The Commission reconvened at 9:00 o'clock p. m. in Room 204, Benson 
Hotel, all members being present and participating. Also present were the 
Assistant State Highway Engineer, the Attorney, and the Secretary. 


The Commission conferred with the following members of the San Fran- 
cisco World's Fair Committee of Oregon: C. T. Haas, Chairman, Portland; James 
W. Morris, Portland; Dr. James A. Best, Pendleton; Ray Conway, Portland; and 
C. C. Carlson, Executive Secretary, particularly relative to the budgeting of 
the sum of $40,000 which the State Highway Commission heretofore agreed to 
contribute toward the cost of maintaining an exhibit at this Fair, as ver gen- 
eral agreement dated August 10, 1938. Mr. Haas presented a proposed budget 
as follows, and advised that it was approved by the Committee members at & 
meeting held earlier in the day: 


Motion Picture Film (black and white) $10,000 
Motion Picture Film (colored) 1,000 
Diorama 3,250 
Motion Picture Equipment 1,500 
Building, Furniture and Decorations 3,000 
Two operators 4,800 
Proportionate rent 19,000 

Total $33 550 
Ten Per Cent Contingency 

Grand Total $36,905 


Mr. Hass pointed out an item in the brdget amounting to $10,000 for 
proportionate rental on space at the Fair and asked the Commission to approve 
this item for payment immediately, as they have urgent need for the money at 
the present time as working capital. After discussion, the Commission, by 


DEC 19 1938 


Commission in behalf of the Gearhart Park Company relative to tidelands at 
Gearhart that the company proposes to sell to the state. He said that when 
the company first offered to seil this property to the state for $2,339.00, 
it was with the understanding that the county would accept the amount of the 
settlement as payment in full for back taxes against the company's property; 
but the county has now stated its unwillingmess to complete the transaction 


the Commission would pay an additional amount to cover the tax items. The 
Commission's decision in this matter was deferred pending investigation by 
the Attorney as to the exact amount that the Commission would have to pay to 
clear the tax lien on the property under discussion. 


A delegation from Portland, representing the Hawthorne Commerciel 
Club, camie before the Commission and requested the designation of Hawthorne 
Avenue, Portland, as an arterial highway route into the Portland business 
district from Southeest Portland. Joseph A. Bradt headed this delegation, 
which included the following members: D. I. Cooper, of the Howard-Cooper 
Corporation; Frank R. Cooper; C. C. Hutchison, President of the Hawthorne 
Commercial Club; C. E. Willison, of the Bagdad Market; K. L. Mendenhall, Haw- 
thorne Hardware Company; Nevin Brentright, of the Mt. Tabor News; L. M. Sam- 
mons, New Way Lamdry; W. u. Heacock, Heacock Woodworking Shop; Max Sagner, 
Chrysler Motor Sales; Clarence E. Francis, B. B. Granning, and L. C. Newman. 


They suggested the following route for this proposed traffic artery: 
Hawthorne Avenue from the Hawthorne Bridge to either S. B. 39th Avenue or 8. 
BE. 49th Avenue; thence southeasterly, crossing S. E. Division near Mt. Tabor 
Park to a connection with S. 5. Powell Boulevard at ite intersection with 
Bend Street. They asked that this route be designated as ea state highway 
route particularly to eliminate traffic hazards and congestion along the 

ent route from the Southeast Portland district into Portland. 

pointed out that Hawthorne Avenue has been widened for arterial traffic ser- 
vice from the bridge to 50th Street and that wiring has been installed for 
en appropriate lighting system as far as 12th Street, and advised that their 
main concern now is to secure 4n extension of the project from its present 
dead end to the Southeast Portland district. They said that they are not 
asking the Commission to make a decision today but would like to have the 
matter considered by the Commission for inclusion in some future constructian 


program. 


Chairman Cabeli advised that because of shortage of funds the Conm- 
mission is reluctant to take on any new projects while there are so many un- 
completed orojects in the Commission's progrem. However, the Commission is 
glad to have heard the arguments and will bear the project in mind for fu- 
ture consideration. 


pec19 1938 


Section, Hwy., and Omer 


Si tatonad Properties, : ee. R/T “70 60. tt. Gratis 

ilson, enia Frances 1 lot 25x100 Sum $30 
3639-Putzien, R. F. 4605 sq.ft. om i 
3642-Putzien, Lene 5100 sq.ft. 

3640-Morgan, S. Katherine 10200 sq.ft. 

3635-Cook, W. Manley 1936 sq.ft. Lump Sum $115 
4094-McConnell, Ada 0. 1.078 $250 per a. + $40 
4031-Eckberg, W. 0.758 $250 per a. + $225 
6371-Crutcher, David E. 1.482 $250 per a. + $40 


7 ot tt. imp om 6 
12799 sq.ft. Lump Sum $4,000 


CO TE of Portland ead 
Minnie Franklin omen 
ul Road 10.8& Lump Sum $3,250 


Cold Springs-Neal Creek Section — Mt. Hood Loop Highway 
6321-Smullin, Joseph D. Quarry Site 5.22 Lump Sum $500 Chandler 


Puxton-Mannine Section = Nolt Crsek HiEhray 
'75-Ben) efiel, Mary E. 5.34 434 a. at £150 per a. 


1.00 Prag at $75 per a. 
plus $377.80 McChesney 
6267-McCann, Bruce F. 1.51 $150 per a.+ $480 + 
moving bldgs. (est. 
at $450) 
6256-Stowell, Mrs. 0. H. 0.85 $150 per a. + $572.50 


vies Section - Wolf Creek hwa 
g Social Club 0.17 $150 per 4. 
6269-Caldwell, John n 3.33 $150 per a. + $242.50 
+ fencing 


Parkdale Section - Mt. Hood Highway 
6324-State Supt. of Banks Storage Site Land Lump Sum $100, gub- 
22.0 ject to unpaid taxes, 
amt. approx. $900 DeSouza 
Stayton Section - North Santien Hiehwey 
6449-Richardson, A.J. Est. Steck Pile 1.30 $200 per a. + $15 McCallister 


Ww = ver Fa. 
poe teens » Lloyd Stock Pile 1.0 $100 per a. McCallister 


Salem-Mehama Section - North Sentiam Hishway 
6375-Barrow, Joe C. Stock Pile 20 $100 per a. McCallister 


1a Tiderater Tl Co. Stock Pile 0.99. Lump S Parker 
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unanimous vote, approved the budget as presented and also authorised the in~ 
mediate payment of the $10,000 item for rental. 


The Assistant Attorney reported that present indications are that 
expenditures for right of way during the year 1938 will amount to approximate- 
ly $650,000, which is $50,000 more than the amount that the Commission bud- 
oe for such purpose during this period. The Commission took no action on 

matter. 


The Engineer requested authority to acquire certain parcels of real 
property that are needed fpr various higiway improvements throughout the | 
state. He submitted a list of such properties, together with prices that he 
recommended be paid for each. After careful study the Commission approved 
the request and by unanimous vote adopted the fcllowing resolution in regard 
thereto: 


WHEREAS, in connection with the further improvement of 
the highweys hereinafter designated, it is and has been necessary 
to acquire property for right of way, quarry sites, gravel or 
other material sites, or sites for the storage of materials, as 
hereirafter more definitely set forth; and 


WHEREAS, as a result of negotiations carried on with the 
ow. rs of the property required, options have been obtained, which 
options have been considered by the Commission, outlining the bases 
of settlement which have been agreed upon; and 


WHEREAS, it is the judgment of the Commission that the 
said options should be approved and accepted, and/or the said re- 
ports be declared acceptable to the State Highway Commission as ba- 
ses of settlement for the properties involved, and that the acqui- 
sition of the properties should be completed: 


NOW, THEREFORE, BE IT RESOLVED that the several offers, 
or bases of settlement hereinafter enumerated be, and the same 
hereby are, approved and accepted, and that the Attorney for the 
State Highway Commission be, and he hereby is instructed to com- 
plete the acquisition of the said properties and to take title 
thereto in the name of the State of Oregon. The said properties 
hereby ordered and authorized to be acquired are as follows: 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


: 0 ppoos Section OiumD miver nignwey 
624,6—Howard, C. P 34 sq.ft. Exchange property outside 
R/W in Blk 1, Georgetown 
(St. Helens) +cost of mov- 
ing dwelling (est.at $250) 
- @ = n McChesney 
22h, 2-yr lease ~- Gratis Eason 
28 Gratis ba 


” 
siaeee 
8556 | 
ee) 
Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 
Siatere-Bend Section — Mokeone ee 
oods, Carl-s. Stock Pile 0.554 $150 per a. + $16.90, E 
’ State to assign water Pe é 
right McCallister ef 
6410-Deschutes County Municipal Pe’ 
Improvement District-Stock Pile 1.44 Lump Sum $5 ° es 
6 Stock Pile Chandler i ae 
Warsntieks (Bunker Hill) Rgstion - Oregon Coast napa a i 
5097-8-Newton, Elmer I. 10,000 sq.ft. sq.ft.+ $5000 Parker Pe 
, rf me Se Ef ashington Highway Ee: 
Stoc Lump $25 
(at $25 per a.) wells 
6365-Howard,W.W.& Erma L. " - 0.97 $30 per a. bd 
6364-Dismore, Martha HM. ® n 0.95 $27 per a. " 
6363-Mahoney, M. W. . * 0.77 $65 per a.plus taxes " 
6361-Krebs, Geo. et al " n 1.02 $25 per a. " 
D € re unm. pranson eK De 0) ee ni £ wey 
,35-Goodwin, E. L. Quarry & Stock Pile i.4 Lump Sum $100 Collins 
6436-—Craeford, W. E. Stock Pile 0.57 Lump Sum $25 + fencing " 
6438-Hill, Blanche " " 0.79 ~=Lump Sum 4325 . 
6434-Palmer, J.C. et al " " 0.34 Lump Sun $25 " 
Wells 
"he6L : "0.75 a. Lump Sum $35 
Quarry 3.86 a.at $25 per a. Collins 
Fiat Greek-t.. Veron Section -—tobn Day Piciaay 
327-Mekas, Gus Stock Pile 0.54 $100 per a. + $13 Wells +s 
6488-Tanler, A. J. " " 0.91 $100 per ae + $14 Collins Fs 
et ik-John Day de on ohn Day Highway 
: sady, C. U. Gravel Pit 1.88 Lump Sum $200 Collins 
6485-Stockdale,Walter E. Stock Pile 
Haul. Road 0.52 $100 per a. " 
Summit Creek n_ Dey Hig 
64,83-Rouse , 0.92 Lump Sun Collins 
64,83A-Rouse, John " n 0.71 Lump Sum $25 " 
6487-Wellowa Timber Co. " ",Quarry 4.00 $25 per a. * 
6486-Whited, Wilson Gravel Pit Lease for road mat'l at 5¢ ger 
cu.yd. 
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as 
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Section, dwy., and Omer Purpose Acres Approximate Amounts Agent 


Use Averill - $tock Pile “~~ 1.00 Lump Sum $150 Tytle 
" si Pp 


6452-Pope, Charles L. R Lump Sum $100 " 
6453- Bricker, John H. ad ® 1.00 Lump Sum $100 ba 
6451-Horton, Emma A. Quarry 10.3 Lump Sum $850 Gardiner 
2169-Blais, Anthony P. Sh, Settlement for placing gravel for 
(Supplemental) revised location of buildings - 
Lump Sum $50 DeSouza 


Gratis McCallister 
5,8, a. at $15 per a. 
3.00 a. at $50 per a. 
plus $225 


. hand er, . . - 3 parcels) at $35 per a. 
R/W 2.45 McCallister 
reek—} s Rock Sectioi mont Highwe 
ans County Snow Fence 0.17 Gratis McCallister 
“ 
6423-Reynolds, Fred Snow Fence Year to year -Gratis ® 
R/W lease 


3 Garden—YQuar t: oun ta on ameath Falis~Lake Highway 
6471l-Arthur, Eva Drainage 1000 sq.ft. Gratis McCallister 
6472-Owen, Mary E. R/W 0.18 Land $1 plus $5 ba 
64,73-Bly Timber Co. " 0.50 Gratis 


~ 0685 a. at $100 per a. 
+20 a. at $300 per a. 
plus $1,234.00 Gardiner 


6358-Moore, Rosella " 0.62 $150 per a. " 
6347-Sacchi, Antone * 4408 sq.ft. 26 sq.ft. " 
6350-Lapp, John R. " Tes, sq.ft. Lump Sum $35 ” 
6354-Brown, Raymond et al ® 0.28 $400 per a. + $138 \d 

0,28 a. at $150 per a. 

plus $16.50 

it Pe Wwe 
6168—-Frank (S ; O per a. Benson 
6167-Spoerl, F. J. Ls 20.0 §20 per a. plus fenc- 

ing if necessary 8 


$igne-Pendleton Seetien — ore e - Oregon-Waghington Highway 
Pendleton, City of Gravel Pit 5-yr lease on 1.75 a.at $25 a. Wells 
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Section, Hwy., and Owner 


\ J¥Vercrossing pe 


Purpose Acres Approximate Amounts Agent 


rn] 


136 sq.ft. Lump Sum $800 Gardiner ;. 
5531-MacLaughlin & Co. 0 Removal of bidgs., a 
Maximum $2409.50 " 5 


The Attorney brought up for discussion the question of freeway priv- 
ileges and requested authority from the Commission to try out such question 
by including it in a condemnation proceeding for acquisition of right of way. a; 3 
The Commission approved the request unanimously. — yt 


The Assistant Attorney requested authority to expend a maximum of 

$75.00 for providing and placing top soil materials on portions of Block 19, 
Hackleman's Second Addition to Albany. He explained that the Highwey Depart- 
ment, in connection with the Albany Overcrossing Project, moved several resi- 
dence buildings from the south half of Block 20 and had effected an exchange 
of properties without payment to the owmers of any land values and, in his 
estimation, it is the obligation of the Highway Department to restore the 
. yards surrounding these respective properties. In view of this explanation, 
the eo approved the expenditure of a maximum sum of $75.00, as re- 
quested. 


The Attorney brought up for discussion matters pertaining to the 

| Gault right of way problem at the intersection of Denver and Union Avenues, 

: Portland. He said that he contacted Mr. Westerlund, the omer of the proper- 
ty on the west side of Union Avenue, relative to acquiring a 40-foot strip 
for a roadway for Mr. Gault's convenience, but Mr. Westerlund appears antago- 
nistic and says that if the state wants any of his property it will have to 
take all of it and restore his facilities in accordance with his plans. The 
plans that Mr. Westerlund has in mind, he said, include the utilization of 
the roadway over which Mr. Gault now has access to his holdings, and if he 
carries them out Mr. Gault will be blocked from access to his property over 
the present route. He further advised that Mr. Gault is not satisfied with 
the arrangement that has been made for the roadway to his premises and ac- 
cordingly is investigating another solution to his problem. In view of the 
report, the Commission decided to do nothing further on the matter until it 


is again brought up by iir. Gault. 


The Attorney requested authority to institute condemation proceed- 
: ings to acquire the following properties that are needed for various highway 
improvements: 


Transaction No. 5119, P. A. Vaughn, omer - land required for 
right of way for the Marshfield-Bay Park Section of the Oregon Coast 
Highway. Offer for condemation $150.00. 


Transaction No. 4739, Johnnie Gertrude Rushing, owner - land 
needed for right of way for the Fossil-Kinzua Junction Section of 
the John Day Highway. Offer for condemnation $10.00. 


(Continued on next page) 
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Section, Hwy, and Owner Purpose Acres Approximate .Amounts 


eae Section - John Day Highway 

3-Fairbanks, Walter 

and Leonard Stock Pile 0.49 $80 per a. 
6432~Kessler, A. J. Gravel Pit 8.92 gl4 per a. 


6428-Chastain, L. P. Stock Pile a . $25 per a. 


6425B-Steers, Verne $200 per a.+ fencing 
6429-Browmn, Alfred J. " $50 per a. + fencing 
6427-Copeland, Robert B. " $75 per a. + fencing 
6430-Whittenberg, J.R. Eet." - $70 per a. + fencing 
6425-Jones, James R. 99-yr lease,Lump Sum $1 * 
64254-Jones, James N. 

99-yr lease, " " $225 * 


6424-Boyer, Helena Dupont l0-yr lease “ " $10 


=) 


eS corso 
BS SSs°ons 


7 


tH 
7-Grants Pass Irrigation 
District R/W# 11151 sq.ft. 14 sq.ft. 
6359A-Hamilton, Geo. A. ag 108739 sq.ft. 1. 38¢ spi 
6359-Hawilton, Geo. A. * 2.29 $500 per a. + $7.50 


eek- - ‘ 
04-Delton, Frances Gravel Bar 4.37 $200 per a. McCallister 


. a“ , 
ot Wn. Quarry 2.47 10-yr lease, 3f cu.yd. " 


61,6 _—— ond Western marry . ~aas 10.44 a. at $20 per a. 
Colonization Co. 2.45 a. at $20 per a. 


64l- " " ® Stock Pile 1. 84 $20 per a. 
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land required for such right of way purposes and prepare proper and Se 
adequate descriptions thereof, which descriptions shall be employed i 
in the preparation of a deed or deeds or other instrument or instru- ‘Bat 
ments necessary to complete the acquisition of the said property or aS SE 
or which deScriptions may be used in the preparation of rt 
@ complaint in the event that condemmation proceedings are necessary. 


3. That the boundaries of the said parcel or parcels of oe 
land, as defined and determined by the said survey made by the said ae 
Highway Engineer, along the route or location adopted by the Highway 
Commission, shall be and the same hereby are adopted and the lands 
defined therein are hereby declared to be and the same are includ- 
ed within the rights of way of the said portion or portions of the 
said state highway system and hereby are declared to be necessary 
for the proper location, improvement, construction, and maintenance 
of the said portion or portions of the state highway system. 


4. That I. H. Van Winkle, Attorney General of the State 
of Oregon, and J. M. Devers, Assistant Attorney General and Attorney 
for the State Highway Commission, be and they are hereby requested, 
authorized, and directed to attempt to agree with the owner or omm- 
ers and/or with the tenants or persons in possession, if there be 
any, of said parcel or parcels of land with respect to the compen- 
gation to be paid for the taking of the same and the damage, if 

| there be any, and in the event that no satisfactory agreement or 
agreements can be reached, then it is hereby further resolved that 

the Attorney General of the State of Oregon and J. M. Devers, As- 4 

sistant Attorney General and Attorney for the State Highway Com- 

mission, be and they hereby are requested to commence and prosecute 

to a final determination such suit or action, or suits or actions, 

as may be necessary and appropriate to acquire title to the said 

premises and all rights therein for the purposes herein stated. 


5. That this resolution be entered in full in the min- ’ 
utes and records of this Commission. ; 


The Attorney rendered a status report on the progress that is being 4 
made relative to securing options for right of way for the proposed revision : 
of the Pacific Highway West at Tigard. He advised that progress is being : 
made on this matter but all of the options have not been secured, due to the i 
fact that it wes necessary to recall the right of way agent from this project e: 
so he could assist in acquiring right of way for srojects on which bids were 4 
to be received at this meeting. The Commission approved the report but in- i. - 
structed the Attorney to complete the right of way negotiations at Tigard as j 


soon as possible. 


The Attorney brought up for discussion the controversy with Maude 
Hastings Campbell relative to damages that she alleges occurred to her property 
by reason of the Union Avenue viaduct construction on the East Portland- 
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Transactions Nos. 3785 and 6101, Sarah E. Applegate Estate, 
owner - land required for right of way for the Flore~State Line Sec- 
tion of the Lewiston-Enterprise Highway. Condemnation offer $311.75. 


co a nea ee 


After due consideration the Commission granted the Attorney's request and ap- 
proved the prices recommended as offers. The following resolution in regard 
thereto was adopted by the Commission by unanimous vote: 


WHEREAS, the State Highway Commission is by law authorized 
and directed to lay out, lécate, designate, construct, improve, and 
maintain a system of state highways in the State of Oregon, and to 
acquire rights of way and to declare the necessity and need for the 
acquisition thereof, and the advantages to be gained thereby; 


NOW, THEREFORE, BE IT AND IT HEREBY 1S RESOLVED by the 
State Highway Commission as follows: 


1. That the State Highway Commission does hereby find and 
declare that it is necessary and will be of advantage to the State 
of Oregon and there is need that the State acquire for right of way 
purposes in connection with the permanent location, construction, 
improvement, and maintenance of the following section or sections of 
the state highway system of the State of Oregon, to wit: 


Marshfield-Bay Park Section of the Oregon Coast Highway 
Fossil-Kinzua Junction Section of the John Day Highway’ 
Flora-State Line Section of the Lewiston-Interprise Highway 


land and perty owned by or in possession of the following par- 
alte 


ties persons, to wit: 

Marshfield-Bay Park Section of the Oregon Coast Highway 
5119-P. A. Vaughn 

Fossil-Kinzua Junction Section of the John Day Highway 
4739-Jommnie Gertrude Rushing 

Flore-State Line Section of the Lewiston-Interprise Highway 
3785-Sarah E. Applegate Estate 
6101-Sarah E. Applegate Estate 


as their respective interests may appear, and this Commission does 
hereby declare further that the said property or properties are nec~ 
essary, are needful, and the acquisition thereof will be of edvan- 
tage to the State of Oregon for right of way purposes in order to 
make it possible for the State Highway Commission to properly lo- 
cate, construct, and maintain said portion or portions of the said 
state highway system in eccordance with standards adopted by this 
Commission relative to curvature, grades, alignment, drainage, and 
factors of safety. 


2. That the State Highway Engineer be and he hereby is 
instructed and directed to properly survey the parcel or parcels of 


1938 


GENERAL SUMMARY 
Primary Minor Betterment Budget 
-1939- 
Division I $16,825.00 
Division II 18,385.00 
Division III 31,215.00 
Division IV’ 17,855.00 
Division V 12,445.00 
Bridges 50,275.00 
Traffic Signals 18,000.00 
Highway Illumination 2,000.00 
Supervision 6,000.00 
TOTAL MINOR BETTERMENT $175,000.00 
GENERAL SUMMARY 
Secondary Maintenance Budget 
-1939- 
T 
Division I $ 33,175.00 
Division II 94,975.00 
Division III 76,360.00 
Division IV 47,880.00 
Division V 99,100.00 
Supervision 
Total Section Maint. 3539000 $363,490 
CE 
Division II 59,010.00 
Division III 40,940.00 
Division IV 18,644.00 
Division V 10,685.00 
Bridge Maintenance 86,685.00 
11,025.00 
Traffic Lines 10,480.00 
Lights 500.00 
Signals 200.00 
Supervision 6,000.00 
Contingencies —2: 721.00 


00 


Total Extra Gang Maint. $286,510.00 $286,510.00 
TOTAL GENERAL MAINTENANCE = $650,000.00 
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and secondary state high- 


presented budgets as follows, 
. Bishop and State Highway Engi- 


er discussion the adoption of 


-1939- 


$137,060.00 


Division I 


203,635.00 


Division II 


310, 880.00 
321,365.00 
366, 280.00 


45,000.00 


00 


$1, 397,025 


$1,397,025.00 


Total Section Maintenance 


EXTRA GANG 


Division I 
Division II 
Division ITI 


$1,152,975.00 _$14252,975,00 


TOTAL GENERAL MAINTENANCE $2 , 550,000.00 


Total Extra Gang Maintenance 


—S = 


© 
© 
oa 
a] 
a 
~ 
53 
a 
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DETAIL OF 
~1939- 
Guard Fence & Sight Posts 


Maintenance of Shoulders 
Drainage 


Structures 
Roadside 
Traffic Service 
Supervision 
Contingencies 


Sidewalks & Footpaths 
Maintenance of Shrubs 
Signs 
Traffic Lines 
Traffic Signals 
Highway Illumination 
Snow Removal 
Sanding Slippery Pavements, etc. 
Guard Fence & Sight Posts 
TOTAL 


- 
= 


wh» 
» 
cs : 


Bea RBGYBSE 


EB 


88888888888 


§ 


SS wr 
BSsssss 
SBSS888s8sss 


: 


Tie, 5.00 


Construct Catch Basins 00 
Oil Read Approaches 2,250.00 
Guard Fence & Sight Posts 20,980.00 
Culverts & Drains 31,560.00 
Sidewalks & Footpaths 565.00 
Widening & Building Shoulders 8,615.00 
Rock Wall 4,950.00 
Mail Box Posts 1,000.00 
Channel Widening & Rip Rap 2,650.00 
Construct Parking Areas 375.00 
Extend Hand Rail on Sea Well 1,200.00 
Build Powder Magazine 50.00 
Buiid Curb 150.00 
O0il Shoulders 2,750.00 
Oiling 9, -00 
Slide Correction 750.00 
Stabilize Roadbed 3,310.00 
Ditching . 

Raise Grade 1,100.00 
Drinking Fountains 400. 

Slope Oiling 800.00 
Clearing Right of Way 500.00 
Historical Sign 30.00 
Bridge Betterment 50,275.00 
Traffic Signals 18,000.00 
Highway Illumination 2,000.00 


Supervision 6,000.00 


FREMONT AND KLAMATH FALLS-LAKEVIEW HIGHWAYS | 
LAKEVIEW SECTION — CRUSHED ROCK IN STOCK PILES 


Saxton, Looney & Risley 
E. C. Hall Company 
Homer G. Johnson 


SIUSLAW HIGHWAY 
GREENLEAF-CHESHIRE SECTION - CRUSHED ROCK OR GRAVEL IN STOCK PILES 


Eugene Sand & Gravel Company $23,787.00 
Hémer G. Juhnson 28, 755.00 


CENTRAL OREGON AND JOHN DAY HIGHWAYS 
JUNTURA-CAIKO SECTION - CRUSHED ROCK AND GRAVEL IN STOCK PILES 


Chester T. Lackey 

Norris Bros. 

Diesel Oil Sales Company 

Babler Bros. 

R. O, Dail and Warren Bros., Inc. 
Edwin C. Gerber 

J. C. Compton and Regers Construction Company 
Quinn-Robbins Company, Inc. 

E. C. Hall Company 

Joplin & Eldon 

Triangle Construction Company 
Warren Northwest, Inc. 


SILVER CREEX FALLS AND NORTH SANTIAM HIGHWaYS 
SHAW JUNCTION-GATES SECTION 
GRADING, SURFACING, OILING, CRUSHED ROCK OR GRAVEL IN STOCK PILES 


Using Tar 
Edwin C. Gerber # he $32,574.00 


R. 0. Dail and Warren Bros. : Inc. 38,434.00 38,316.20 
Babler’ Bros. --- 39, 733.00 
Harold Blake --- 40,409.00 
A. Milne 40,977.00 - <2. 
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OREGON-WASHINGTON, COLUMBIA RIVER, OLD OREGON TRAIL, STANFIELD-PENDLETON AND 
LEXINGTON-ECHO HIGHWAYS 
GILLIAM COUNTY LINE-~IONE AND HERMISTON SSCTIONS 
CRUSHED ROCK AND GRAVEL IN STOCK PILES 


Clifton & Applegate 

A. S. Wallace 

Saxton, Looney & Risley 
Jones-Scott Company 

Rogers Construction Company 

R. 0. Dail and Warren Bros., Inc. 
Homer G. Johnson 
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After careful consideration and study of the various items comprising the bud- 
gets the Commission approved them by unanimous vote, upon motion of Commis- 
sioner Aldrich which was duly seconded by Commissioner Tou Velle: 


The Commission adjourned at 11:00 o'clock p. m., to reconvene on 
the following morning in the Auditorium of the Public Service Building. 


Portland, Oregon, December 20, 1938 


The State Highway Commission reconvened in regular session at 9:00 
o'clock a. m. in the Auditorium of the Public Service Building. Present 
were: 


Henry F. Cabell, Chairman 

E. B. Aldrich, Commissioner 

FP. L. Tou Velle, Commissioner 

C. B. McCullough, Assistant State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


State Highway Engineer R. H. Baldock was absent, having departed on the pre- 
vious day to attend the Pan American Road Congress in Santiago, Chile, as a 
representative of the United States Government. 


Bids as follows for highway construction projects and for sale of 
buildings at Oregon City were opened and read in accordance with previously 
published notice: ' 


McKENZIE, SANTIAM, McKENZIE-BEND AND CENTRAL OREGON HIGHWAYS 
SISTERS AND HORSE RIDGE-BROTHERS SECTION 
CRUSHED GRAVEL AND CRUSHED ROCK IN STOCK PILES 


Chester T. Lackey $23,134.00 
A. &. Wallace 24,642.20 
Babler Bros. 25,332.50 
Mountain States Construction Company 25,460.00 
Saxton, Looney & Risley 26,248.00 
Rogers Construction Company 28,560.00 
Homer G. Johnson 36,125.00 
A. Milne 39,175.00 


JOHN DAY HIGHWAY 
BUTTE CREEK SUMMETT-BRANSON CREEK AND FLAT CREEK-JCHN DAY SECTIONS 
CRUSHED ROCK AND CRUSHED GRAVEL IN STOCK PILES 


Saxton, Looney & Risley $35,226.20 

R. O. Dail & Warren Bros., Inc. 35,794.00 

A. S. Wallace 36,464.00 

soe me 
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Homer G. Johnson 4:7, 264.00 
pec 19 1938 


8568 


Secretary presented a letter from the Tillamook County Court esking the State 
to do this oiling work at county expense when a state oiling crew is working 
in that vicinity. The Assistant Ingineer suggested that, in order to avoid 
complications, the County Court make its own arrangements to have the work 
avne by the state's contractor who will do the other oiling work in this vi- 
cinity, the same as was done last season on the Tillamook-Netarts Road. 

The County Court approved such arrangement. 


County Commissioner Lindsey brought up the matter of reconstructing 
the bridge over the Wilson River at its third crossing with the Wilson iliver 
Highway, east of Tillamook. He said that the present bridge is narrow and on 

alignment, there being an abrupt turn at each end of the structure, 
rendering it unsuitable and unsafe for travel. He suggested the construction 
of a new bridge of the log type on the proper alignment, as was done at the 
second crossing of the Wilson River some time ago, and that the work be done 
as a W.P.A. project. The Assistant Engineer estimated that this structure 
would cost about #3,000 and advised that it has the approval of State Highway 
Engineer R. H. Baldock. He further advised that the work is not eligible for 
W.P.A. funds and would have to be done as a contract job, and that it is in 
the tentative program for consideration by the Gommission in the formulation 
of its next construction program. 


Chairman Cabell advised that the Commission wil. give this project 
due consideration in the formulation of the 1939 program and hopes to be able 
to rebuild the bridge soon, although no definite promise or commitment can be 
made at this time. 


Mrs. Vern Van Dyke, Medford, came before the Commission in regard 
to securing an extension of the lease under which she has been maintaining a 
cottage on the state's property known as Casey State Park, adjacent tc the 
Crater Lake Highway and the Rogue River, north of Medford. She said that she 
has been ordered by-a representative of the State Highway Commission to re- 
move her building from the state's property but she does not want to do so on 
account of the investment she has in the building and because, in her estima- 
tion, the occusancy of the park by the said building will not detract from 
the park and will not interfere in any way with the use of the park by the 
general public. She explained that her cabin is located on @ narrow strip of 
land between the highway and the Rogue River and occupies only a very small 
area, consisting mostly of rock, and that the site is not suitable for rec- 
reational purposes, execpt as a trail for fishermen, the main recreational 
area being several hundred feet upstream from this location. She declared 
that she entered the property in good faith under lease from the state and 
wants to remain there because there is no place for her to move her cabin. 


The Attorney advised that some time ago the Commission gave @ lease 
to a Mr. Lamport to maintain a cabin on this site for a 3-year period, but the 
lease expired and the Commission refused to renew it because itwas considered 
that the occupancy of e state park by a private individual was undesirable, 
and accordingly ordered the vacation of the property. It is under the privi- 
leges of this lease, he added, that Mrs. Van Dyke is now occupying the state's 


property. 
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BUILDING NO. 3918 
(Former Owner D. L. Trullinger) 


C. H. Walter $139.00 
M. E. and T. T. Barlow 80.00 
Sullivan Wreciing Company 32.40 


BUILDING NO. 3042 
(Former Owner Cazadero Realty Company) 


Sullivan Wrecking Company $ 5.90 


Chairman Cabell announced that awards would be made at 2:30 o'clock p. m. in 
the same room. 


The Commission discussed briefly matters pertaining to the proposed 
agreement with the Sunset Logging Company covering the matter of construction 
of the logging company's railroad over the Wolf Creek Highway, in Clatsop 
County, and particularly the matter of insurance to be furnished in connec- 
tion with such agreement. The Commission deferred action on this subject 
pending a conference with Mr. J. R. Hulbert, President of the Sunset Logging 
Company, who is to come before the Commission later in the day. 


The Tillamook County Court, represented by County Judge Harland M. 
Woods and County Commissioners E. H. Lindsey and E. G. Anderson, came before 
the Commission with respect to several federal aid secondary highway projects; 
namely, the oiling of the Fairview South Section of the Fairview-Clemens Cor- 
ner Road, about 1 mile in length; the oiling of the Wilson River Loop County 
Road, particulerly the Fairgrowunds-Sollie Smith Bridge Section; and the oil- 
ing of the Netarts Summit-Netarts Section of the Netarts-Tillamook County 
Road. They gave as their understanding, from a letter from the State Highway 
Engineer, Mr. R. H. Baldock, dated March 3, 1938, that the Commission wovld 
very likely place these projects under contract during the fall of 1938; but, 
inasmuch as the work has not yet been contracted, they would like to know 
what plans the Commission has in mind in regard thereto. . 


The Assistant Engineer advised that the Commission's tentative 1939 
budget includes an amount of $25,000 for these projects. It was the thought 
of the Commission, in view of the Engineer's letter and the fact that the 
tentative budget for 1939 now contains amounts for the three projects under 
discussion, that priority should be given to these jobs over others when the 
1939 construction program for federal aid secondary highway funds is arranged, 
so as to insure that the oiling work will be completed during the next warm 
weather season. This was agreeable to the County Court and it was so ordered. 
The Commission decided to arrenge its 1939 construction program for federal 
aid secondary highway funds as soon es possible after the first of the year. 


The matter of oiling a }-mile section of the Hanks Corner County 
Road, just east of Tillamook, was then brought up for discussion. The 
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Michigan, situate in the S.E.} of the S.E.+ of Section 6, Township 3 North, 
Range 10 West, W. M., purchase price $355.00; 50 acres owned by the Nicolai- 
Nepach Company, Portland, and being situate in Lots 2 and 3 and in the S.W.% 
of the N.W.+ af Section 6, Township 3 North, Range 10 West, W. M., approxi- 
mately 1 mile south of Arch Cape Tunnel, the area to be purchased on a stump- 
age basis so as to preserve the timbered wayside, for a total of $2,285.00. 
The Commission by unanimous vote approved the purchase of both tracts at the 
prices quoted. 


Proposed park situate adjacent to the Oregon Coast Highway about 4 
miles north of Arch Cape Tunnel:- The Parks Superintendent reported receipt 
of a proposal from the citizens of Cannon Beach that a 120-acre tract of land 
owned by Clatsop County be conveyed to the state for state park purposes. He 
advised that this tract is separated from the highway by privately-owned land 
which would have to be purchased and that the area is covered by a heavy stand 
of dead spruce which could not be cleared so as to make the area suitable for 
state park purposes for less than $1,000 per acre. He recommended against the 
acquisition of the tract because it is not suitable as a state park and be- 
cause, in his estimation, the project is more of local than of state-wide in- 
portance. The Commission approved the recommendation. 


Wayside strips adjacent to the Columbia River Highway west of Hood 
River:- The Parks Superintendent reported an offer from C, L. Gorton, The 
Dalles, to sell to the state for park purposes, for the sum of $1,000, an 80- 
acre tract of land situate adjacent to the Columbia River Highway between 
Mile Posts 70 and 71, being described as the S.} of the N.E.g of Section 4, 
Township 2 North, Range 11 East, W. H. He said that the tract is covered 
with a stand of second-growth fir and oak but is of little value from the 
state park standpoint, particularly because it is located at a considerable 
distance from the proposed new Columbia River Highway, and the fact that the 
old route of the Columbia River Highway will be abandoned when the new one is 
constructed. The Commission indicated a willingness to accept the property 
if it is conveyed to the state as e gift, but not otherwise. 


Proposed park 4 miles east of Medford, in Jackson County:- The 
Parks Superintendent advised that lir. Wm. Schmidt, Medford, is the omer of 
240 acres of land at the above location and is willing to deed the entire 
tract to the state as a gift provided the state will grent him exclusive con- 
cession privileges on the property. He recommended against acceptance of 
this offer in view of the fact that the City of Medford now oms & park con- 
taining 1700 acres within 2 miles of Mr. Schmidt's property, which the city 
ig developing with C.C.C. forces. The Commission approved the recommendation, 
it appearing to the Commission jnadvisable to acquire a state park located so 
close to the city park, inasmuch as the city park is ample to accommodate all 
of the patronage of the Medford district. 


Wild-life refuge near Cape Meares Lighthouse, in Tillamook County:- 
The Parks Superintendent advised that the Bureau of Biological Survey of the 
United States Department of Agriculture is the owner of a 140-acre tract of 
land located at Cape Meares, and adjoining this tract is another area con- 
sisting of 40 acres which is being used for lighthouse purposes; also, that 
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Chairman Cabel] advised that the renewal of the lease allowing Mrs. 
Van Dyke to continue to cccupy the state's property while refusing similar 
privileges to others, is a difficult matter to justify. The Commission night 
let the building remain on the state's property temporarily, he said, but not 
indefinitely, because of the precedent that would be established. If the cab- 
in cannot be moved, he added, the Commission might consider purchasing it if 
it could be used advantageously for state purposes and can be purchased for a 
reasonable amount. After further discussion, Mrs. Van Dyke asked for an ex- 
tension of time within which to remove her cabin from the park, stating that 
it would be a difficult proposition to move it at this time of the year. She 
asked for ut least 90 days' time. Chairman Cabell concluded the discussion 
by stating that the Commission is willing to give Mrs. Van Dyke a reasonable 
length of time within which to remowe her building, but that is the best it 
can do, and the Commission will let her know as soon as such time has been 


fixed. This matter wes discussed further by the Commission after the depar- 
ture of Mrs. Van Dyke, at which time the Commission decided to give Mrs. Van 
Dyke six months' time within which to vacate the park premises. The State 


Parks Superintendent was instructed to examine the building and determine the 
value of it for consideration from the standpoint of purchasing the building 
if it can be used to advantage for state purposes. 


Mr. S. H. Boardman, State Parks Superintendent, was present and re- 
ported on the following park matters: 


Timber strips along the Wolf Creek Highway:- The Parks Superintend- 
ent advised that he has contacted the Oregon-American Lumber Company relative 
to the purchase of wayside strips extending for a distance of 2.4 miles along 
this highway, particularly between Highway Engineer's Stations 813 and 929 and 
containing about 360 acres of burned-over land, situate west of the crossing 
of North Fork Quartz Creek, and the company has agreed to sell such strips to 
the state et the rate of $5.00 per acre, or a total of $1,800.00. Furthermore, 
they have agreed to assume the payment of the mortgage against the property, 
which amounts to more than the sum that they will receive from the state. He 
recommended acceptance of the offer for wayside protective purposes. The Com- 
mission approved the recommendation unanimously and authorized the Parks Su- 
perintendent to negotiate with the company for the acquisition of additional 
wayside strips between Stations 1062 and 1110, on the same basis. He was also 
authorised to acquire similar wayside strips adjacent to the highway where it 
passes through the Inman-Poulsen Logging Company's property, which is situate 
between the two strips mentioned above belonging to the Oregon-American Lumber 
Company, and particularly between Stations 929 and 1041, the price per acre 
to be the same as that which is to be paid to the Oregon~American Lumber Conm- 
pany, making a total of $400 for the 80 acres involved. The Parks Superintend- 
ent was also authorized to negotiate on the same ba&is for the purchase of ed- 
ditional wayside strips through the property of the Detroit Trust Company and 
others. 


Enlargement of Short Sand Beach State Park, near Arch Cape, in north- 
ern Tillamook County:- The Parks Superintendent recommended the purchase of 
the following properties for the enlargement of the present park and for the 
preservation of wayside timber: 7.8 acres from the Preston Company, of Ionia, 
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The Commission adjourned at 12:00 o'clock noon and reconvened at 
2:00 o'clock p. m. in the same room with all members, the Assistant State 
Highway Engineer, the Attorney, and the Secretary present. 


ir. J. R. Hulbert, President of the Sunset Logging Company, was 
present and conferred with the Commission relative to final settlement of the 
excess cost incurred in constructing the company's logging railroad occasioned 
by the construction of the Wolf Creek Highway, which matter was covered by 
agreement dated March 31, 1936, between the state and the company. It ap- 
peared from the discussion that the Commission and the company are in agree- 
ment with respect to practically all items concerned in the settlement except 
the matter of reimbursing the company for the cost of furnishing liability 
and property damage insurance which the company proposes to carry in order to 
secure protection against additional liability by reason of the highway cross- 
ing under the railroad company's tracks, the premium for such insurance 
amounting to $4,080.75. Mr. Hulbert stated that his company now carries pub- 
lic liability and property damage insurence in amounts that they deem suffi- 
cient for their coverage but it is not sufficient to cover the additional lia- 
bility caused by the crossing of the highway under the railroad. It was his 
thought that the state should pay the premium on the additional insurance be- 
cause the company would not have needed such additional insurance if it were 
not for the presence of the highway under the railroad. 


In the discussion it appeared to be the opinion of the Commission 
that the state should pay the premium on the increased amount of insurance 
that was actually necessitated by reason of increased liability on the company 
but the question arose as to how much additional insurance is actually re- 
quired. The question arose also as to the amount of the premium that should 
be charged for a policy that would relieve the company from liability for ac- 
cidents that might occur in connection with the operation of trains over the 
highway. The Commission referred the matter to-the Attorney for further in- 
vestigation and report. 


The matter of acquisition of wayside strips along the Wolf Creek 
Highwey across the holdings of the Sunset Logging Company was then brought 
up for discussion. Mr. Hulbert advised that he has not had time since talk- 
ing the matter over with the State Parks Superintendent to make ea decision, 
so he has nothing to report at this time. 


The matter of terminating the insurance furnished by the Oregon- 

American Lumber Company covering the movement of logs across the Wolf Creek 
Highway at Highway Engineer's Stations 813 and 845 had the attention of the 
Commission. The Engineer reported that all of the company's logging opera- 
tions covered by the agreement between the Commission and the company at the 
two’ points indicated have been completed and that the cleaning up of the pren- 
ises has been done. He recommended approval of the cancellation of the policy. 
The Commission approved the recommendation by unanimous vote. 


The Commission considered at this time the tabulation of the bids 
received at the morning session for the construction of state highway proj- 
ects. After careful study the Commission decided to award the contracts to 
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the Biological Bureau has issued to the State Parks Department a special per~- 
mit authorizing joint administration of the area as a wild-life refuge and 
state perk. He recommended acceptance of this permit, and development of the 
trest in conjunction with the Biological Bureau at some future date. The Com- 
mission approved the recommendation unanimously. ‘ 


Nehalem Bay Sand Spit:- The Parks Superintendent reported that Til- 
lamook County owns nearly all of the land on this sand spit and that the Coun- 
ty Court has expressed a willingness to deed this property to the state if 
the state wants it. Tie balance of the area, he said, is in private owner- 
ship, which would have to be purchased unless the Commission has no objection 
to the state-owned area being interspersed with private property. He request- 
ed instructions as to whether or not to complete negotiations for the acqui- 
sition of the entire sand spit and recommended acceptance of the county's of- 
fer. The Commission by unanimous vote instructed the Parks Superintendent to 
secure the county-owmed portion and authorized him to negotiate for the pur- 
chase of the privately-owned property, which will provide a recreational area 
consisting of approximately 800 acres. 


Timber strips along the Wolf Creek Highway through the holdings of 
the Sunset Logging Company:- The Parks Superintendent reported briefly that 
he contacted Mr. J. R. Hulbert, President of the Sunset Logging Company, re~- 
garding this matter, as previously instructed by the Commission, and inquired 
whether or not the company would sell to the state strips on both sides of 
the highway on the basis of the payment of $3.50 per thousand feet of timber, 
board measure, but received no encouragement, Mr. Hulbert advising that he 
would discuss the matter with the Commission later. 


Clean-up of Celilo Indian Village, near The Dalles:- The Parks Su- 
perintendent advised that he has conferred with Mr. 0. L. Babcock, Superin- 
tendent of the Umatilla Indian Reservation, who has supervision over the Celi- 
lo Indian Village, and ascertained from Mr. Babcock,who for some time has 
been trying to effect the clean-up of the site, that most of the land upen 
which the village is located is government-owned, and that whatever is to be 
accomplished with respect to the clean-up work must be done through the Fed- 
eral Government. In view of the report, the Commission decided to secure ad- 
ditional information as to which governmental agency has supervision and con- 
trol over this property. The matter was referred to the Parks Superintendent 
to secure such information and report his findings at the next meeting of the 
Commission. 


Proposed park site near Nelscott, Lincoln County:- The Parks Super- 
intendent recommended against the acquisition of this tract as urged by the 
North Lincoln Park Committee which appeared before the Commission on the pre- 
vious day, because, he said, the tract does not meet the state park requirements. 
He pointed out that the tract is separated from the ocean by another tract cf 
land and that the only means of access to the beach is over a narrow roadway. 
He gave as his thought that if the Commission wants to acquire an ocean-view 
park it should be a real one, fronting directly on the ocean rather than sep- 
areted therefrom by privately-owned property. The Commission concurred in 
the viewpoint of the Parks Suzerintendent and decided not to purchase the 


property. 
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Thirty-five Thousand Two Hundred Twenty-six and 
$35,226.20), and 


Further Resolved that this award shall not be ef- 
the successful bidder has been notified in writing 
by the Secretary of the Oregon State Highway Com- 


A RESOLUTION AWARDING THE CONTRACT FOR THE CONSTRUCTION OF THE LaKEVIEW 
SECTION OF THE FREMONT AND KLAMATH FALLS-LAKEVIEW HIGHWAYS IN LAKE 
COUNTY - DOCKET NUMBER OREGON 1375-F, UNIT A 


WHEREAS, bids received for the construction of the Lake- 
view Section of the Fremont and Klamath Falls-Lakeview Highways in 
Lake County have been duly opened and read, in accordance with pub- 
lished notice, and compared, . 


AND WHEREAS, the bid submitted by Saxton, Looney & Risley, 
contractor, is the lowest responsible bid received and is within the 
funds available for the construction of the said project, 


NOW THEREFORE, Be It Resolved by the State Highway Comnis- 
sion of the State of Oregon that the contract for the construction 
of the Lakeview Section of the Fremont and Klamath Falls-Lakeview 

in Lake County be and the same is hereby awarded to Saxton, 
Looney & Risley, contractor, in the amount of Sixteen Thousand Nine 
Hundred Eighty-six and no/100 Dollars ($16,986.00), and 


Be It Further Resolved that this award shall not be ef- 
fective until the successful didder has been notified in writing of 
such award by the Secretary of the Oregon State Highway Commission. 


A RESOLUTION AWARDING THE CONTRACT FOR THE CONSTRUCTION OF THE GREENLEAF- 
CHESHIRE SECTION OF THE SIUSLAW HIGHWAY IN LANE COUNTY 
DOCKET NUMBER OREGON 1374-F, UNIT C 


WHEREAS, bids received for the construction of the Green- 
leaf-Cheshire Section of the Siuslaw Highway in Lane County have been 
duly opened and read, in accordance with published notice, and com- 
pared 


AND WHEREAS, the bid submitted by Eugene Sand & Gravel 
Company, contractor, is the lowest responsible bid received and 
is within the funds available for the construction of the said proj- 
ect, 


NOW THEREFORE, Be It Resolved by the State Highway Conm- 


mission of the State of Oregon that the contract for the construc- 
tion of the Greenleaf-Cheshire Section of the Siuslaw Highway in 
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A RESOLUTION AWARDING THE CONTRACT FOR THE CONSTRUCTION OF THE SISTERS 
SECTION ON HIGHWAYS IN THE VICINITY OF SISTERS AND HORSE RIDGE- 
BROTHERS SECTION OF THE CENTRAL OREGON HIGHWAY IN DESCHUTES COUNTY 
DOCKET NUMBER OREGON 13'75-F, UNITS B AND F 


WHEREAS, bids received for the construction of the Sisters 
Section on Highways in the vicinity of Sisters and Horse Ridge-Broth- 
ers Section of the Central Oregon Highway in Deschutes County have 
been duly opened and read, in accordance with published notice, and 


AND WHEREAS, the bid submitted by Chester T. Lackey, con- 
tractor, is the lowest responsible bid received and is within the 
funds available for the construction of the said project, 


NOW THEREFORE, Be- It Resolved by the State Highway Commis~- 
sion of the State of Oregon that the contract for the construction 
of the Sisters Section on Highways in the vicinity of Sisters and 
Horse Ridge-Brothers Section of the Central Oregon Highway in Des- 
chutes County be and the same is hereby awarded to Chester T. Lack- 
ey, contractor, in the amount of Twenty-three Thousand One Hundred 
Thirty-four and no/100 Dollars ($23,134.00), and 


Be It Further Resolved that this award shall not be ef- 
fective wntil the successful bidder has been notified in writing of 
such award by the Secretary of the Oregon State Highway Commission. 


A RESOLUTION AWARDING THE CONTRACT FOR THE CONSTRUCTION OF THE BUTTE 
CREEK SUMMIT-BRANSON CREEK AND FLAT CREEK-JOHN DAY SECTIONS OF THE 
JOHN DAY HIGHWAY IN WHEELER AND GRANT COUNTIES 
DOCKET NUMBER OREGON 1373-F, UNITS 8 AND D 


WHERFAS, bids received for the construction of the Butte 
Creek Swamit-Branson Creek and Flet Creek-John Day Sections of the 
John Dey Highway in Wheeler and Grant Counties have been duly opened 
and read, in accordance with published notice, and compared, 


AND WHEREAS, the bid submitted by Saxton, Looney & Risley, 
contracter, is the lowest responsible bid received and is within the 
funds available for the construction of the said project, 


NOW THEREFORE, Be It Resolved by the State Highway Commis- 
sion of the State of Oregon that the contract for the construction 
of the Butte Creek Suimmit-Branson Creek and Flat Creek~Johm Day Sec- 
tions of the John Day Highway in Wheeler and Grant Counties be and 
the same is hereby awarded to Saxton, Looney & Risley, contractor, 
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The following resolutions pertaining thereto 
were adopted by the unanimous vote of the Commission, upon motion of Commis- 
sioner Aldrich which was duly seccnded by Commissioner Tou Velle: 


and North Santiam Highways in Marion County be and the same is here- 
by awarded to Edwin C. Gerber, contractor, in the amount of Thirty~- 
two Thousand Five Hundred Seventy-four Dollars ($32,574.00), and 


Be It Further Resolved thet this award shall not be effective 
until the successful bidder has been notified in writing of such 
award by the Secretary of the Oregon State Highway Commission. 


A RESOLUTION AWARDING THE CONTRACT FOR THE CONSTRUCTION OF THE GILLLAM 
COUNTY LINE-IONE AND HERMISTON PROJECTS ON THE OREGON-WASHINGTON HIGH- 
WAY IN MORROW AND UMATILLA COUNTIES 
DOCKET NUMBER OREGON 1373-F, UNITS A AND C 


WHEREAS, bids received for the construction of the Gilliam 
County Line-Ione and Hermiston Projects on the Oregon-Washington 
Highway in Morrow and Umatilla Counties have been duly opened and 
read, in accordance with published notice, and compared, 


AND WHEREAS, the bid submitted by Clifton & Applegate, 
contractor, is the lowest responsible bid received and is within 
the funds available for the construction of the said project, 


NOW, THEREFORE, Be It Resolved by the State Highway Com- 
mission of the State of Oregon that the contract for the construc- 
tion of the Gilliam County Line-Ione and Hermiston Projects on the 
Oregon-Washington Highway in Morrow and Umatilla Counties be and 
the same is hereby awarded to Clifton & Applegate, contractor, in 
the amount of ‘Twenty Thousand One Hundred Sixty-one and no/100 
Dollars ($20,161.00), and 


Be It Further Resolved that this award shell not be effec- 
tive until the successful bidder has been notified in writing of 
such award by the Secretary of the Oregon State Highway Commission. 


At 2:30 o'clock p. m. Chairman Cabell announced the award of con- 


tracts and sale of buildings as follows, bids for which were received at the 
morning session, the awards having been previously approved by the Commission 
by unanimous vote: 


"Sisters and Horse Ridge-Brothers Section of the McKenzie, San- 
tiam, McKensie-Bend, and Central Oregon Highways, in Deschutes County. 
Furnish 6,600 cubic yards crushed gravel and 12,700 cubic yards 
crushed rock in stock piles, Chester T. Lackey, Ontario, submitted 
the low bid for this project at $23,134.00. A. 8. Wallace, Roseburg, 
submitted the second low bid at $24,642.00. There were 6 higher bid- 
ders. The Commission has awarded the contract to the low bidder, 
Chester T. Lackey, at his bid price of $23,134.00. 


"Butte Creek Summit-Branson Creek and Flat Creek-John Day 
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Lane County be and the same is hereby awarded to Eugene Sand & Gravel 


a 

¥ Company, contractor, in the amount of Twenty-three Thousand Seven 

r Hundred Eighty-seven Dollers ($23,767.00), and 

6 Be It Further Resolved thet this award shall not be effec- 
; tive until the successful bidder has been notified in writing of 

i) such award by the Secretary of the Oregon State Highway Commission. 
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A RESOLUTION AWARDING THE CONTRACT FOR THE CONSTRUCTION OF THE JUNTURA~ 
CAIRO SECTION OF THE CENTRAL OREGON AND JOHN DAY HIGHWAYS IN MALHEUR 
COUNTY - DOCKET NUMBER OREGON 1373-F, UNIT E 


SSE NG alls 


WHEREAS, bids received for the construction of the Juntura- 
Cairo Section of the Central Oregon and John Day Highways in Malheur 
County have been duly opened and read, in accordance with published 


notice, and compared, 


AND WHEREAS, the bid submitted by Chester T. Lackey, con- 
tractor, is the lowest responsible bid received and is within the 
funds available for the construction of the said project, 


Be 
Sly 
ay 
yar 

fax 

it 
‘a 


NOW THEREFORE, Be It Resolved by the State Highway Commis- 


ae sion of the State of Oregon that the contract for the construction 
bi of the Juntura-Cairo Section of the Central Oregon and John Day High- 
ie ways in Malheur County be and the same is hereby awarded to Chester 
ye T. Lackey, contractor, in the amount of Fifty-three Thousand Five 
ef Hundred Six and 40/100 Dollars ($53,506.40), and 
e Be It Further Resolved that this award shall not be effec- 
BAe tive until the successful bidder has been notified in writing of 
i such award by the Secretary of the Oregon State Highway Commission. 
i 
Wyld 


A RESOLUTION AWARDING THE CONTRACT FOR THE CONSTRUCTION Oi THE sHAW 
JUNCTION-GATES PROJECT ON THE SILVER CREEK FALLS AND NORTH SANTIAM 
HIGHWAYS IN MARION COUNTY, - DOCKET NUMBER OREGON 1372-F, UNIT D 


WHEREAS, bids received for the construction of the Shaw 
Junction-Gates Project on the Silver Creek Falls and North Santiam 
Highways in Marion County have been duly opened and read, in ac- 
cordance with published notice, and compared, 


ig AND WHEREAS, the bid submitted by Edwin C. Gerber, con- 
of tractor, is the lowest responsible bid received and is within the 
Me funds available for the construction of the said project, 


NOW THEREFORE, Be It Resolved by the State Highway Com- 
mission of the State of Oregon that the contract for the construc- . 
) lar tion of the Shaw Junction-Gates Project on the Silver Creek Falls 
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crushed rock and 6,700 cubic yards 
crushed gravel in s iles. 17 bids were received for this proj- 
ton & Applegate, Spokane, Wash- 
ext low bid was that submitted by A. 
S. Wallace, Roseburg, at $20,899.50. The Commission has awarded 
the contract to the low bidders, Clifton & Applegate, at their bid 
price of $20,161.00." 


Buildings in Oregon City 


"Building No. 3918, formerly owned by D. L. Trullinger. The 
Commission received 3 bids for the purchase of this building, the 
high one being that of C. H. Walter, Aurora, at $139.00. The next hel 
high bid was that of M. E. and T.T. Barlow, Gladstone, at $80.00. - 
The Commission considers the offer of C. H. Walter satisfactory ba 
and accordingly has sold the building to him for $139.00. aa 


"Building No. 3042, formerly owned by Cazadero Realty Com,any. 
The only bid received for this building was that of Sullivan Wreek- 

Company, Portland, at $5.90. The Commission considers this or- 
fer satisfactory and accordingly has sold the building to the Sul- 
livan Wrecking Company for $5.90." 


The Engineer reported on the proposed connection of the county road 
with ‘the Mt. Hood Highway at a place known as Fike's Corner, south of Hood ; 
River, in Hood River County. He said that the County Engineer investigated 5 
several alternate routes for such connection and that the County Court has 
adopted what is known as Alternate Route No, 1, which connects with the pres- 
ent Mt. Hood Highway a short distance south of the existing connection, re- 
gardless of the state's plans for the construction of the proposed revision 
of the Mt. Hood Highway. The County plans, he seid, to take a small quantity 
of material from the Mt. Hood Highway right of way in order to improve the 
sight distance at this curve. Chairman Cabell inquired if the construction 
of the county road on such alignment would increase the highway hazerd and 
was informed by the Engineer that, in his estimation, the traffic hazard 
would not be increased. The Commission thereupon approved the Engineer's re- 
port and indicated that it would have no objection to the county proceeding Fi 
with its plans for this new road. =o, 


The Secretary presented a letter from Mr. Lewis A. McArthur, Presi- 
dent of the Oregon Historical Society, with respect to the request of the Eu- 
lalona Chapter, D. A. R., Klamath Falls, for permission to erect a monument 
on The Dalles-California Highway at old Fort Klamath, pointing out the loca- 
tion of this historical spot. It was Mr. McArthur's thought that the request 
of the D. A. R. should be approved and that the proposed location for the mon- 
ument on the highway right of way, opposite the old fort barracks, should al- 
so be approved. In view of Mr. McArthur's recommendation, the Commission de- 
cided unanimously to permit the D. A. R. to erect its monument upon the 
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crushed gravel in stock piles. 6 bids were received for this proj- 
ect, the low one being that of Saxton, Looney & Risley, Oak Grove, 
at $35,226.20. The next low bid was submitted by R. 0. Dail and 
Warren Bros., Inc., Portland, at $35,794.00. The Commission has 
awarded the contract to Saxton, Looney & Risley, the low bidders, 
at their bid price of $35,226.20. 


"Lakeview Section of the Fremont and Klamath Falls-Lakeview 
Highways, in Lake County. Furnish 9,900 cubic yards crushed rock 
in stock piles. The low bid for this project was submitted by Sax~ 
ton, Looney & Risley, Oak Grove, at $16,986.00. The second low 
bid was submitted by E. C. Hall Company, Eugene, at $17,340.00. 

The only other bid was submitted by Homer G. Johnson, Portland, at 
$22,285.00. The Commission has awarded this contract to the low 
bidders, Saxton, Looney & Risley, at their bid price of $16,986.00. 


"Greenleaf-Cheshire Section of the Siuslaw Highway, in Lane 
County. Furnish 10,500 cubic yards crushed rock or crushed gravel 
in stock piles. Two bids were received for this project, the low 
one being that of Eugene Sand & Gravel Company, Eugene, at 
$23,787.00, and the other one being that of Homer G. Johmson, Port- 
land, at $28,755.00. The Commission has awarded the contract to 
the low bidder, Eugene Sand & Gravel Company, at its bid price of 
$23,787.00, 


®Junturea—Cairo Section of the Central Oregon and John Day High- 
ways, in Malheur County. 34.52 miles oiling; also furnish 16,600 
cubic yards crushed rock and crushed gravel in stock piles. Chester 
T. Lackey, Ontario, submitted the low bid for this project at 
$53,506.40. Norris Bros., Burlington, Washington, submitted the 
second low bid at $54,295.20. There were 10 higher bidders. The 
Commission has awarded the contract to the low bidder, Chester T. 
Lackey, at his bid price of $53,506.40. 


"Shaw Junction-Gates Section of the Silver Creek Falls and 
North Santiam Highways, in Marion County. 1.8 miles grading; 1.8 
miles surfacing; 5.58 miles oiling; and furnish 5,000 cubic yards 
crushed rock or crushed gravel in stock piles. The low bid for 
this project was submitted by Edwin C. Gerber, Oregon City, at 
$32,829.00 based on the use of road oil, and $32,574.00 based on 
the use of tar. The second low bid was submitted by R. 0. Dail 
and Warren Bros., Inc., Portland, at $38,434.00 based on the use 
of road oil and $38,316.20 baged on the use of tar. There were 
3 higher bidders. The Commission has awarded the contract to Ed- 
win C. Gerber, the low bidder, at his bid of $32,574.00 based on 
the use of tar. 


"Gilliam County Line-Ione and Hermiston Sections of the Ore- 
gon-Washington, Columbia River, Old Oregon Trail, Stanfield-Pendle- 
ton and Lexington-Echo Highways, in Morrow and Umatilla Counties. 


to determine approximately what it will cost to surface and oil this section. 
He estimated that such survey could be made for about $7,500. The Commission 
approved the request by unanimous vote. 


The Commission discussed the matter of renewing its agreement with 
Mr. F. G. Brown, Crystal, Oregon, relative to snow removal operations on the 
Klamath Lake Secondary State Highway, in Klamath County. The Commission, by 
unanimous vote, approved the renewal of this agreement on the same basis as 
heretofore. 


The Engineer reported the award of the following contracts, bids 
for which were taken on November 17 and 18, 1938, the bids having been re- 
ferred to him at that time with power to award the contracts to the low bid- 
ders when certain conditions were satisfied: 


State Hospital-Ash Street Unit of the Pendleton Landscaping 
Project, Bids taken November 17, 1938, contract awarded on No- 
vember 21, 1938, to Leonard & Slate, Multnomah, Oregon, who sub- 
mitted the low bid therefor; 


Rock production project on the Powers Ranch-Jacksonville 
Section of the Williams and Medford-Provolt Secondary Highways, 
in Jackson County. Bids taken November 18, 1938, contract award~ 
ed on November 23, 1938, to R. I. Stuart & Sons, Medford, who 
submitted the low bid therefor. 


The Commission, by unanimous vote, confirmed the award of these contracts as 
reported. : 


The Commission considered and ordered filed in the department rec- 
ords a certificate received from the Copyright Office of the United States of 
America pertaining to the State Highway Department's bulletin entitled "High- 
way Spireis". 


The Engineer requested authority to purchase the following equip- 
ment; 


One ld-yard power shovel to replace an old power shovel of 
the same size which is to be traded in as part payment on 
the new shovel - estimated cost to the state, $15,000; 


Six engineer's transits to replace six old transits that 
are approximately 20 years old, the old ones to be traded 
in as part purchase price on the new ones - estimated net 
cost to the state, $2,100. 


After discussion, the Commission approved the request by unanimous vote. 
The Commission discussed and approved arrangements heretofore ef- 


fected with the U. S. Forest Service for the removal of snow from the Timber- 
line Lodge road leading from the Mt. Hood Highway, near Government Camp, to 
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location requested. The Secretary was instructed to inform Mrs. Ide O'Dell, 
Regent of the Eulalona Chapter, of the action taken. The Engineer was author- 
ized to expend approximately $300 to fill in the area in front of the monument 
to provide a parking place for automobiles off the traveled roadway. 


The Attorney reported on his investigation of the omership of the 
tunnels on the Robinette Secondary State Highway, as previously ordered by 
the Commission. He said that such investigation revealed that Baker County 
acquired the tunnels by deed from the railroad company when the railroad line 
between Robinette and Homestead was abandoned, but the county has not recon- 
veyed them nor the balance of the right of way that it acquired from the rail- 
road company, to the state. He gave as his thought, notwithstanding the fact 
that the county has not transferred its title to the state, that the state is 
responsible for the maintenance of the tunnels in view of the fact that the 
old railroad grade has been designated and is being maintained by the State 
Highway Department as a secondary state highway and that the state would be 
liable in the event that an accident occurred as a result of the use of the 
tunnels by the general public. In view thereof the Commission decided unani- 
mously to barricade what is known as th: Oxbow Tunnel so that it cannot be 
used by the public. The Engineer was accordingly instructed to erect suitable 
barricades and appropriate signs prohibiting the use of the tunnel and there- 
by relieving the Commission from responsibility in case of accidents. 


The Engineer brought up for discussion the matter of snow removal 
on the North Santiam Highway. He recalled that the Commission at the previous 
meeting approved an expenditure for the removal of snow from the Santiam High- 
way between Suttle Lake and the junction with the North Santiam Highway and 
also approved similar.operations on the North Santiam Highway from said junc- 
tion point to the North Santiam River Bridge, 2 distance of about 6 miles, 
and beyond such point to Detrcit, in the event that was necessary, and pro- 
vided the cost would be paid by Marion County. However, since then the Mar- 
ion County Court has asked the Commission to take full charge of the work of 
removing the snow on that portion of the North Santiam Highway that it is re- 
sponsible for; that is, the 6-mile section just north of the Santiam Highway 
junction, because the county does not have suitable equipment to handle the 
work and hes agreed to reimburse the state for the cost thereof. He gave as 
bis thought that such arrangement is satisfactory 2nd recommended approval 
of the same by the Commission. after discussion ths Commission approved the 
arrangement as reported tut ordered that the matter should be covered by ap~- 


propriate agreement. 


Consideration was given by the Commission to the matter of surfac- 
ing and oiling the Sefitiam Highway. The Engineer advised that the last con- 
tract for grading on this highway has been awarded and, in his estimation, 
provision should be made in the 1940 budget for surfacing and oiling, inas- 
much as the road carries a large volume of traffic and, in the vicinity of 
Cascadia, is dangerous to travel in the summer because of the dust, which 
hazard will increase as socn as the entire road is opened for general public 
use. It was his thought that the surfacing work should start at Foster and 
proceed easterly, and accordingly he requested guthority to resurvey the 
secticn from Foster to Bryant Hill, a distance of about 15 miles, in order 
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Be it resolved by the Oregon State Highway Commission: 


Section 1. That the offer of the United States of America 
to the State Highway Commission of the State of Oregon to aid by way 
of grant in financing the construction of the state highway build- 
ings (three units at Brothers in Deschutes County and three units at 
Suntex in Harney County) and the acquisition of necessary lands anc 
rights of way therefor, a copy of which offer reads as follows: 


’ "P. W. 86013-45 
"FEDERAL EMERGENCY ADMINISTRATION OF PUBLIC WORKS 
Washington, D. C., 
Dated: Dec 8 1938 
Docket No. Oreg. 1245-F 


"State Highway Commission of the 
State of Oregon 


Salem, Oregon. 


"1. Subject to the Terms and Conditions (PWA Form No.230, 
as amended to the date of this Offer), which are made a part here- 
of, the United States of America hereby offers to aid in financing 
the construction of state highway buildings (three units at Broth- 
ers, Deschutes County, and three units at Suntex, Harney County), 
including the acquisition of necessary land (all herein called the 
"Project"), by making a grant to the State Highway Commission of 
the State of Oregon (herein called the "Applicant") in the amount 
of 45 percent of the cost of the Project upon completion, as deter- 
mined by the Federal Emergency Administrator of Public Works (here- 
in called the "Administrator"), but not to exceed, in any event, 
the sum of $18,000. 


"2, By acceptance of this Offer the Applicant, covenants 
to complete the Project with all practicable dispatch, and in any 
event by March 6, 1939. 


"3, This Offer is made subject to the express condition 
that, if the Administrator shall determine at any time that the Ap- 
plicant has paid or agreed to pay, whether directly or indirectly, 
a bonus, commission or fee to any person, firm or corporation for 
attempting to procure an approval of the Applicant's applicetion, 
or for alleged services in procuring or in attempting to procure 
such approval, or for activities of the nature commonly mown as 
lobbying performed or agreed to be performed in connection with the 
application, then the Administrator shall have the right, in his 
discretion, to rescind this Offer and any agreements resulting here- 
from, and, in the event of such rescission, the United States of 
Americe shall be under no further obligation hereunder. 
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The Attorney reported receipt of a request from Mr. Lester Rickard, 
Waldport, Oregon, for a permit authorizing him to maintain a sidewalk on state 
property just north of the sea wall at Weldport. He gaid that Mr. Rickard has 
already constructed his sidewalk and would like permission.to let-it remain 

on the state's property if the state does not object. He gave as his thought 
that it would be satisfactory to let Mr. Rickard maintain the walk in its pres- 
ent location as a temporary proposition until such time as the state needs the 
property for other purposes, and advised that the State Parks Superintendent, 
who is familiar with this matter, offers no objection thereto. The Commission 
thereupon approved Mr. Rickard's request and ordered that the matter be cov- 
ered by an appropriate agreement or letter, the provisions of which Mr. Rickard 
is to accept in writing. 


The Commission considered and denied the request of the Oregon Pil- 
ing Company for permission to transport piling along a 2-mile section of the 
Wolf Creek Highway between Sunset Camp and the crossing of Wolf Creek. This 
action was taken by the Commission in view of its policy not to grant special 
privileges for hauling on this road until this section of the road has been 
opened for general public use, which it is anticipated will be some time in 
January of 1939. 


The Commission considered and grented the request of Mr. E. S. 
Schwantes, Nosier, Oregon, to truck logs directly across the Columbia River 
Highway at its intersection with Center Street, in Mosier, provided Mr. 
Schwantes will maintain flagmen on the highway when logs are being hauled 
across, and will comply with the Commission's other standard rules and regu- 
lations with respect to such operations. 


The Commission had under consideration the revised offer of the 
United States of America to contribute P.W.A. funds to aid in financing the 
construction of buildings at Suntex Junction and Brothers. 


After discussion of the offer of the United States of America to 
aid by way of grant in financing the construction of the Suntex Junction and 
Brothers buildings, the following resolution, entitled "A Resolution Accept- 
ing the Offer of the United States to the State Highway Commission of the 
State of Oregon to Aid by Way of Grant in Financing the Construction of State 
Highway Buildings (Three Units at Brothers in Deschutes County and Three 
Units at Suntex in Harney County) and the Acquisition of Necessary Lands and 
Rights of Way Therefor", was proposed by Commissioner Tou Velle and read in 
full: 


A RESOLUTION ACCEPTING THE OFFER OF THE UNITED STATES TO 1u& STATE 
HIGHWAY COMMISSION OF THE STATE OF OREGON TO AID BY WAY OF GRANT IN 
FINANCING THE CONSTRUCTION OF STATE HIGHWAY BUILDINGS (THREE UNITS 
AT BROTHERS IN DESCHUTES COUNTY AND THREE UNITS AT SUNTEX IN HARNEY 
COUNTY) AND THE ACQUISITION OF NECESSARY LANDS AND RIGHTS OF waY 
THEREFOR. 
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is to be held in Los Angeles, California, in February 1939. He explained 
that Mr. Eason has been asked to read a paper on bituminous macadam construc- 
tion at this meeting. The Commission approved the request by unanimous vote 
subject to confirmation by the Governor. 


* he Engineer also requested authority for Mr. Harold B. Say to ge 
to Los Angeles during the early part of January, 1939, at state expense, to 
supervise cutting and editing of the Highway Department's motion picture film 
which is to be used at the Oregon exhibit at the San Francisco World's Fair, 
and for general publicity purposes throughout the nation. He estimated Mr. 
Say's expense for this trip would not exceed $150.00. The Commission ap- 
proved the request by unanimous vote, subject to confirmation by the Governor. 


The Engineer reported receipt of information from Mrs. Jessie M. 
Honeyman, President of the Oregon Roadside Council, to the effect that the 
council expects to secure funds from the Rockefeller Foundation with which to 
finance some landscaping work along state highways, and has asked the State 
Highway Commission to assist in the matter. He advised that the money, if 
and when received, could be spent to good advantage for landscaping work 
along the Oregon Coast Highway, and suggested that the matter be followed up 
and the money accepted if the conditions of the grant are satisfactory. The 
Commission approved the suggestion by unanimous vote. 


A letter was presented from County Commissioner E. G. Anderson, Til- 
lamook County, urging the widening of the bridge on the Oregon Coast Highway 
at East Beaver Cheese Factory, 13 miles south of Tillamook, as a traffic safe- 
ty measure. The Engineer advised that there has been included in the 1939 Mi- 
nor Betterment Budget an item of $2,500 for the widening of this structure for 
& 26~-foot roadway. The Commission thereupon approved the project and ordered 
that Commissioner Anderson be so informed, and advised that the work will be 
done during the next construction season. 


A letter from W- A. Johnson, Corbett, Oregon, relative to the sale 
of merchandise by the concessionaire in the Vista House, at Crown Point, was 
considered by the Commission and referred to the State Parks Superintendent 
for investigation and report. 


A petition was presented from the Affiliated Clubs of the Peninsula, 
Portland, and a letter from the Board of County Commissioners of Multnomah 
County, endorsing the same, in which the Commission was asked to grant the 
Affiliated Clubs a hearing on the matter of paving the parking strips on both 
sides of Lombard Street, in Portland. The Commission instructed the Secretary 
to inform the petitioners that the Commission will be glad to grant them a 
hearing at its next regular meeting. The Engineer was instructed to prepare 
an estimate of cost to do the work requested. 


The Commission considered and denied the request of County Judge 
Hugh McLain, Coos County, for the state to furnish powder in connection with 
the improvement of the county road which extends northerly from the end of 
the Coos River Secondary Highway, at Golden Falls State Park, in Coos County. 
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"4, The acceptance of this Offer by the Applicant shall 
effectuate a cancellation of the contract created by the acceptance 
of the Offer dated July 19, 1938, made by the United States of Ameri- 
ca to the Applicant: Provided, that the cancellation of such con~ 
tract shall not impair or vitiate any acts performed or proceedings 
taken thereunder prior to such cancellation, but such acts or pro- 
ceedings may be continued under the contract created by the accep- 
tance of this Offer. 


“UNITED STATES OF AMERICA 


Federal Emergency Administrator 
of Public Works 


By (Sgd.) 4H. A. Gray 
Assistant Administrator" 


be and the same is hereby in all respects accepted. 


Section 2. That the Stete Highway Commission of the State 
of Oregon and the State of Oregon agree to abide by all Terms and 
Conditions relating to such grant, a copy of which Terms and Condi~ 
tions were annexed to the Government's offer and made a part there- 
of. It is hereby covenanted that the work on the project described 
in the offer will be commenced as early as possible, but in no event 
later than twelve weeks from the date of this Offer; and to com- 

te the work with all practicable dispatch, and in any event by 


ple 
March 6, 1939. 


Section 3. That J. M. Devers, Assistant Attorney General 
for Oregon, and Attorney for the State Highway Commission of the 
State of Oregon, be and he is hereby authorized and directed forth- 
with to send to the Federal Emergency Administration of Public 
Works three certified copies of this Resolution and three certified 
copies of the proceedings of this Commission in connection with the 
adoption of this Resolution, and such further documents or proofs 
in connection with the acceptance of said offer as may be requested 
by the Federal Emergency Administration of Public Works. 


The resolution ms duly seconded by Commissioner Aldrich and was 


adopted with the following voting "Yes": 


Chairman Henry F. Cabell 
Commissioner E. B. Aldrich 
Commissioner F. L. Tou Velle 


The Chairman thereupon declared said resolution carried. 
The Engineer requested authority for Division Engineer F. D. Eason 


to attend, at state expense, the Annual Meeting of ‘the Asphalt Institute which 
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such information to the petitioners and to advise them further that that is 
all the money the Commission is able to allocate to that district this year. 


A letter was presented from Mr. Karl L. Janouch, Forest Supervisor, 
Rogue River National Forest, requesting permission to construct a footbridge 
across Union Creek on the Crater Lake Highway right of way in Jackson County. 
In the discussion of this matter the question arose whether or not the type al 
of the proposed footbridge would harmonize with the aesthetic features of the et 
highway and if the location of the proposed structure is satisfactory from 1 
the highway standpoint, in view of this, the Commission deferred its decision 
pending reports from the Bridge Engineer and the State Parks Superintendent. 
The Engineer was instructed to secure such reports for consideration at the 
next meeting. 


The Commission considered and denied the claim of George F. Kufner, 
Portland, for reimbursement for the cost of certain pavement construction in 
front of his premises on Interstate Avenue, Portland. Nr. Kufner alleges 
that Interstate Avenue was paved full width in front of his premises a 
number of years ago, whereas certain strips adjacent thereto were left un- 
paved. It was his thought that the Commission should reimburse him for his 4 
expense because of the fact that the state has paid for the peving of the un- a 
paved portions under a recent contract. The Commission considered that it is cee 
under no obligation to reimburse Mr. Kufner for his expense, hence denied the Ras. | 
request. ; 


A letter was presented from Mr. J. H. Hildreth, Scio, Oregon, re- 
questing that the old bridge on the Albany-Lyons Secondary State Highway, in 
‘Linn County, kmown as the Schindler Bridge, which is being replaced by a new i 
structure, be left in place for his personal use when the new bridge is com- % 
pleted. This matter wes discussed by the Commission at considerable length = 
and the Commission finally decided to graht the request in the event that 
Linn County will assume the responsibility for maintaining the old structure, 
and liability in case accidents should occur on the same. Further, in the 
event the county will not assume such obligations, then the bridge is to be 
taken down in accordance with the original plan, and the old road abandoned 
as a state highway. The Engineer was instructed by the Commission to ascer- 
tain the attitude of the Linn County Court in regard thereto. 


A letter was presented from Mr. Charles D. Vail, President of the ee 
Western Association of State Highway Officials, suggesting the scheduling of 5 
contract lettings in the month of March, 1939, so as not to interfere with “ars 
. the annual meeting of the American Road Builders Association which is to be 4 
held March 7 to 10, 1939. The Secretary was instructed to inform Mr. Vail a=?) 
that the Commission will be glad to consider his request and comply with same me) | 
if at all possible. Bee | 


The Commission discussed a letter from Mr. Edwin Ingles, Comptrol- 2 
ler, Pacific University, in which request is made for permission to attach ; 
finger-board signs on certain highway department signposts in Forest Grove, f 
directing the traveling public to Pacific University, which is located nearby. 


pec 20 1938 


Ts he 
aie 
pared 


Se 


tia sae 
shh Re 


eer UK 


A petition was presented from residents of Pendleton requesting that 
the flashing-type traffic signels that have been installed at the intersections 
of Main and Blaine Streets with East Court Street in Pendleton be changed to 
the "stop"-- and "go"-type signals. The Traffic Engineer advised that the type 
of signal now installed meets the national standards for roads and streets car- 
rying the volume of traffic that East Court Street carries, and, in his estima- 
tion, the extra expense of installing "stop" and "go" signals at this time is 
not justified. He recommended denial of the request, at least until such time 
as the existing signals have been given a thorough trial. The Commission ap- 
proved the recommendation unanimously. . 


A petition was presented from citizens of Yamhill and Washington 
Counties requesting the construction of a surface binder on State Koad No.219 
(Secondary State Highway No. 140) between the end of the present hard-surfaced 
section north of Newberg to a connection with State Road No. 210, at Scholls. 
The advised that this’ section is about 8 miles in length and that it 
would cost about $36,000 to construct an oi) surface on the same, as requested. 
He further advised that the alignment of the road is satisfactory for a road 
of this class; furthermore, the road is eligible for federal aid secondary 
highway funds. In view of the report, the Commission decided to give the proj- 
ect consideration in the formulation of its program for federal aid secondary 
highway funds. 


The Commission discussed the letter from Mr. George Hibbert, City 
Manager, Milton, Oregon, urging the Commission to make provision in its 1939 
construction program for the widening of the Oregon-Weshington Highway through 
the town of Milton. The Commission ordered that this project also be included 
in the list of those for consideration in the formation of the 1939 construc- 
tion program, 


The Secretary presented a letter from Mr. F. W. White, Bugene, urging 
the designation of the old Pacific Highway route between Junction City and Eu- 
gene as U. S. Highway No. 99E and the designation of the new route of the Pa- 
cific Highway between these points es U. S. Highway No. 99M. The Secretary 
was instructed to advise Mr. White that the designation of U. S. highway routes 
is made by the American Association of State Highway Officials and that it is 
contrary to the policy of such association to approve the designation of alter- 
nate routes for U. S. numbered highways, hence it is necessary to deny his re- 


quest. 


Letters were presented from Jewell Grange No. 876, Jewell, Oregon, 
and Vernonia Grange No. 652, Birkenfeld, Oregon, urging the Highway Commission 
to budget sufficient funds in its 1939 construction program for surfacing and 
oiling the Nehalem Secondary Highway between Jewell and Mist. The Engineer 
advised that the tentative construction program for 1939 contains an item of 
$71,000 for the oiling of this highway between the points mentioned and it is 
his thought that such amount would finance the improvement from Jewell to ap- 
proximately Birkenfeld. Furthermore, the Commission has also tentatively bud- 
geted for 1939 expenditure an item of $30,000 for the Mist-Clatskanie Second- 
ary State Highway. The Secretary was instructed by the Commission to convey 
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Boundary and that the Commission will consider a further allocation in the 
formulation of its 1939 construction program, although such consideration does 
not carry with it a definite commitment or promise. 


A petition was presented from residents of Jrescent Lake and vicini- 
ty, Klamath County, requesting improvement of the county road extending south- 
erly from the Willamette Highway to Crescent Lake. The Secretary was in- 
structed to inform the petitioners that a tentative allocation of $50,000 of 
forest highway funds has been made for the construction of a section at the 
north end of the Cascade Lakes Forest Highway, of which highway the Crescent 
Lake Road is a unit, and that the Commission feels that such allocation is 
all that it can make to this particular highway this year, so the improvement 
requested will have to be deferred until some future date. 


A letter was presented from Mr. Loyal M. Graham, Forest Grove, urg- 
ing the Commission to adopt the proposed new route of the Tualatin Valley 
Highway on "B" Street, in Forest Grove, and to adopt also the route for the 
proposed highway connecting the Tualatin Valley Highway, at Seventh Street, 
with the Gales Creek Road; also, to acquire right of way for such projects. 
The Secretary was instructed to inform Mr. Graham that the Commission regrets 
its inability at the present time to comply with his request, due to shortage 
of funds, it being strictly contrary to the Commission's established policy 
to select routes or acquire rights of way for the same until the Commission 
is ready to construct them. 


The Commission considered and ordered filed a letter from the Klan- 
ath County Chamber of Commerce recommending certain projects for the fiscal 
year 1940 forest highway program. (Projects recommended were considered by 
the Commission in its discussion with the government officials on the previous 
day relative to programming of the forest highway funds.) 


A letter was presented from the City of Lakeview requesting the 
placing of warning signs or lights at the crossing of the Klamath Falls- 
Lakeview Highway with the railroad at the west entrance into Lakeview. A let- 
ter was also presented from the City of Grants Pass requesting the installa- 
tion of sodium vapor lights at certain street intersections. Due to the late- 
ness of the hour and the importance of this subject, the Commission deferred 
its decision until the next meeting. : 


A petition was presented from residents of Tillamook County request- 
ing the construction of a sidewalk on the bridge over Trask River, located on 
the Oregon Coast Highway about 2 miles south of Tillamook. The Assistant 
Exgineer explained that when this bridge was constructed brackets were in- 
stalled to facilitate sidewalk construction at some future date. He estimat- 
ed the cost to build the sidewalk at $1,600, and recommended the expenditure. 
The Commission approved the recommendation by unanimous vote and ordered that 
the expense be charged against the Primary Highway Betterment Budget. 


The Secretary presented a resolution from the Deschutes County 
Court offering county cooperation in the amount of $5,000 as an aid in 
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The Traffic Engineer advised that he could see no objection to granting this 
request if the state made the signs. The Commission thereupon approved the 
request and instructed the Ingineer to contact Mr. Ingles in regard thereto. 


The Commission discussed the claim of Mr. H. U. Martin, The Dalles, 
erising out of an accident which occurred on the Pacific Highway at ite junc- 
tion with the North Albany County Road. It appears that Mr. Martin drove his 
ear onto the Pacific Highway from the county road without stopping and, un- 
fortunately, had a collision with a car on the Pacific Highway, causing dam- 
ages amounting to $1,040.06. Mr. Martin alleges that the "stop" sign at the 
junction of the county road with the highway was hidden by weeds and brush 
and he was not aware that it was necessary for him to stop before entering 
the highway, and vor this reason it is his belief that the state should re- 
imburse him for his expense, it being his contention that he was not properly 
warned. The Engineer advised that the conditions at the scene of the acci- 
dent have been thoroughly investigated and it wes found that the "stop" sign 
referred to by Mr. Martin is in excellent condition and is not hidden as al- 
leged by him. Furthermore, there is approximately 1,000 feet sight distance 
on the highway in each direction from the comty road junction. He gave as 
his thought that the state is in no way to blame for the accident and that 
Mr. Martin's claim should be denied. After considerable discussion, in 
which it was brought out that the conditions at the intersection are exactly 
the same as they were before the accident occurred, indicating clearly that 
the "stop™ sign was not hidden from view, the Commission denied the claim. 


Letters were presented from Messrs. Ira Young end W. E. Watson 
Seio, Oregon, requesting the oiling of the Albany-Lyons Secondary State figh- 
way to allay the dust that creates a hazard during the dry season. The Engi- 
neer advised that it will cost approximately #5,000 to oil the 2.7-mile sec- 
tion of this highway between the Sentiam Highway junction and Crabtree, which 
is the section that the petitioners particularly have in mind. The Commission 
decided to consider this project in the formulation of its federal aid secondary 


highway program. 


The Commission considered a letter from Mr. W. S. Nelson, Manager 
of The Dalles Chamber of Commerce, requesting state cooperation in the filling- 
in of the low ground between the Columbia River Highway and the site of the 
city's proposed civic building near the west city limits of The Dalles, which 
filling-in will require approximately 500 cubic yards of material. The Ingi- 
neer advised that there are no fill materials available in this vicinity end 
if the Commission should desire to approve this request it would be necessary 
to haul materials from considerable distance, which would be quite costly. 
The Commission thereupon denied the request. 


Numerous letters from city officials and others of Pendleton, Mil- 
ton, Weston, Walle Walle (Washington), and vicinity, requesting the oiling of 
the Weston-Elgin Secondary State Highway between Weston and Langdon Lake, had 
the attention of the Commission. The Secretary was instructed to inform the 
petitioners that an amount of $45,000 has been set up in the 1939 Forest High- 
way Program for the oiling of the section west from Langdon Lake to the Forest 
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1. Highways which have been recently constructed or 
are now under construction and which are now being or have 
been landscaped. Particular attention should be given to 
see that the following instructions are immediately com- 
plied with on highways of this category. 


2. Highways alongside which service stations and other 
wayside stands have been built to conform with the Commis- 
sion's setback ruling providing that the service to the pur- 
lic be made entirely off the highway right of way. In many 
cases the entrance drives are not built in conformity to 
these standards and plans should be undertaken, after dis- 
cussion with the Divisicn Engineer, to correct these condi- 
tions within a reasonable period of tine. 


3. On the older highways there are many service sta- 
tions and wayside stands fronting directly upon the high- 
way, in which case the vehicles being serviced occupy the 
right of way. Under such circumstances, it is impossible 
to make the corrections in the driveways illustrated by 
the attached diagrams. However, if and when plans are 
made for the erection of new structures, the owners should 
be contacted and required to conform with the standard plan. 


If any difficulty develops with the property owners 


relating to conforming with these standards, please take 
the matter up immediately with the Division Engineer. 


Driveways will be allowed on state highway R/W when approved 
by the Engineer, but such driveways shall conform to the following re- 
strictions: 


1. Each driveway or entrance shall be confined with- 
in the boundaries of a 25' maximum distance measured par- 
allel to the highway center line and between lines drawn 
at right angles to the said center line and tangent to the 
turnout curves. 


In no case shall more than one-half (124!) of the 25! 
area lie in front of the adjacent property. 


2. In the selection of drive entrances from state 
highways into private properties, considerable care should 
be used to protect the existing highway as concerns main- 
tenance and roadside beauty. 


3. Drive entrances should logically fall, es nearly 
as possible, equally between existing trees so that the 
root growth of the trees will not be smothered by fills 
or roadway construction, or so that the upper branches of 
the trees are not encangered by trucks and other equipment 
using the drives in question. 
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financing the improvement of the Butler County Road northeasterly from Bend, 

in Deschutes County. The Conmission took no particular action on this matter 
except to reaffirm its willingness to give this project consideration in the 

formulation of its next federal aid secondary highway program. 


The Commission considered and denied the request of residents of 
Umatilla County for the construction of a stock driveway along the Weston- 
Elgin Highway from the junction withthe Lineton Mountain County Road, 
16 miles east of Weston, to the intersection of the gove..went stock driveway, 
1/2 mile west of the Tollgate Ranger Station, it being the experience of the 
Commission that such stock driveways are not of much value in view of the 
fact that the movement of stock in large numbers takes place during the sea- 
sons cf the year when it would not be possible to use the driveways were they 
prov.ied, necessitating the use of the highway as if no stock driveway ex- 
is 


The Secretary presented a resolution from the Seaside City Council 
urging the acquisition of right of way needed for the proposed rerouting of 
the Oregon Coast Highway on an extension of Roosevelt Drive in the southern 
part of Seaside, so as to expedite the rerouting of this highway. The Mngi- 
neer advised that the Commission has already acauired right of way across the 
property owned by the City of Seaside and Clatsop County, but there is con- 
siderably more to be purchased from private owners, which will cost the state 
a considerable sum of money in view of the fact that the properties have been 
improved. Due to the expense involved, the Commission decided not to acquire 
this right of way at the present time, funds available to the Commission being 
more urgently needed for other purposes. 


The Commission had under discussion a letter from the Wallowa County 
Court inquiring as to the possibilities of effecting arrangements with the 
state for snow removal on the county mad which extends from the Wallowa Lake 
Hote]. to the homes of the employees of the Pacific Power and Light Company, a 
distance of approximately 1/2 mile. It ap ears that unless the state will as- 
gume the responsibility of such snow removal operations, the company's em- 
ployees will not have ingress to and egress from their homes during the win- 
ter season. The Commission expressed regrets that it could not help out in 
this matter due to its established policy, which will not permit the use of 
atate equipment for such purposes. Furthermore, the Commission does not have 
legal authority to perform such operations on county roads at state expense. 


The Commission had under discussion the matter of ado»tion of stand- 
ards for service driveways connecting with state highways, and, in this con- 
nection, the Assistant Highway Engineer presented drawings showing typical 
entrance driveways of this type, together with instructions, as follows, 
which he suggested should apply hereafter to all applications for such drive- 
ways: 

The following instructions apply to all new applications 
for service drives on state highway rights of way for those types 
of business located adjacent to the highways which are engaged in 
serving the motoring public. The highways fall in the following 
categories: 
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would be approximately $800.00. He suggested also the installation of signals 
on East Burnside Street from Union Avenue to 12th Avenue, which would cost 
about $15,500, of which the state's share would be 50 per cent, or $7,750.00. 


In the discussion of this matter it was brought out by Chairman Cab- 
ell that the Commission, when it agreed to cooperate with the City of Port- 
land to pay one-half the cost of installing traffic signals on Portland city 
streets, did not intend that all of the work should be done in one year or at 
any one time, so there is a question as to how far the Commission should go 
now. It was his thought that, whatever is done, the state should have charge, 
rather than the city, and that the entire matter should be covered by appro- 
priate agreement between the city and the state. After further discussion, 
the Commission by unanimous vote tentatively approved the plans for the in- 
stallations and decided that the work should be done by contract, although no 
contract will be awarded until a satisfactory agreement has been made with the 
City of Portland with respect thereto. The Assistant Engineer was instructed 
to confer further with the city officials on this subject in an endeavor to 
iron out certain differences. 


The matter of authorizing the termination of the insurance furnished 
by the Oregon-American Lumber Corporation covering its logging operations 
across the Wolf Creek Highway, at Highway Engineef’s Stations 813 and 845, had 
the attention of the Commission. The Assistant Engineer advised that the com- 
pany has completed its operations and that the cleaning up of the premises, 
as provided in the agreement between the company and the state, has been done 
by state forces, and the company has been billed for such expense. He recom- 
mended, in view of the circumstances, that the company be allowed to terminate 
the insurance on its anniversary date, January 19, 1939. The Commission ap- 
proved the recommendation unanimously. 


The Assistant Engineer reported that, in accordance with authority 
previously granted by the Commission, he has ordered certain surveys since 
the last meeting. He submitted a list of such surveys and asked the Commis- 
sion to approve them. After due consideration, Commissioner Aldrich moved 
that the State Highway Ingineer be authorized and instructed to make such lo- 
cation surveys on various sections of the highways of this state, which said 
sections of highways, together with their identifying location survey numbers 
and the amounts authorized and allocated for such survey expenditures are as 
follows: 


Location - 11-2812 - Flagstaff Hill-Middle Bridge Section, Baker—Homestead 
Highway lst authorization $6,100.00 


Plans - 1-2814 - Summit-Baker-Unity Junct. Section, Baker-Unity Highway 
lst authorization $600.00 


Bench Marks - 2-2815 - Corvallis-Monmouth Section, Pacific West Highway 
lst authorization $ 75.00 


Plans 107-2816 ~ Willamette River Bridge, Corvallis-Eastside Sec. Hwy. 
lst authorization $400.00 
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4. In the case of a single entrance drive, the mini- 
mum radius shall be 10' and the maximum radius 15'. 


| ee 
bso 
i 5. In the case of a service station or other double 
i: entrance driveway, the inside radius shall be a 10' mini- 
rat! mum and the outside radius variable up to a 25' maximun. 
RS 6. In the case of a single entrance on two streets 
‘i or highways (triangles and intersections) the minimum and 
og maximum radii shall be the same as in the case of the 


double entrance described above. 


ee 7. No rocking will be permitted on areas other than 
¥ the approved ¢rive areas. The areas not rocked are to be 


cific instructions will be given in other locations. 


8. The construction cf driveways when approved shall 
be performed by the owner of the property, or at his ex- 
pense, and shall conform to the grades and lines to be set 
by the Highway Commission representative. Adequate pro- 
vision shall be made for drainage. No wood plank boxes or 
bridges will be permitted. Standard concrete or corrugated 
iron culverts shall be installed of a size necessary to 
meet the needs, but in no case less than 12" diameter pipe. 

long lengths of pipe are installed, concrete catch ba- 
of a standard design will be mandatory, if in the opin- 
of the engineer, they are needed to collect and carry 
off the surface water. 


The Assistant Engineer explained that the drawings and instructions 
have been approved by Mr. R. H. Baldock, State Highway Engineer, Mr. Jom 
Beakey, Traffic Engineer, and Mr. George Otten, Landscape Engineer, and that 
it was Mr. Baldock's recommendation that they be adopted by the Commission as 
standards for the State Highway Department. After discussion and careful 
study, the Commission approved and adopted such drawings and instructions as 
standari for such class of construction. 
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The Engineer brought up for discussion the matter of installing 
traffic signals on Interstate Avenue and on Sandy Boulevard, in Portland. He 
estimated the cost of such installation on Sandy Boulevard at $12,785.77, of 

‘which the state's share would be 50 per cent, or $6,392.89; and that on In- 
terstate Avenue at $11,173.88, of which amount the state's share would be 50 
per cent, or $5,586.94, making a total of $11,979.83 as the state's share for 
both projects. The estimate for Sandy Boulevard, he said, includes the in- 

aoa stallation of lights from 16th Street to 42nd Street, and that on Interstate 

, i Avenue inc)udee the lighting of this street throughout its entire length. In 

— addition to such expense, he added, there would be an item of $1,600 for the 

i construction of safety islands on Sandy Boulevard, of which the state's share 
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217-2808 - Waldo-Happy Camp Junct., Waldo-Holland County Road 
2nd authorization $ 400.00 
Total to date $1,000.00 


218-2825 - Poe Valley Section, Bonanza-Malin County Road 
2nd authorization $1,200.00 
Total to date $2,'700.00 


18-2832 - Olene-Dairy Section, Klamath Falls-Lakeview Highway 
lst authorization $ 300.00 


18-2833 - Devils Garden-Quartz Mountain Section, Klamath 
Falls-Lakeview Highway-lst authorization $1,000.00 


220-2832 - Walton-Veneta Section, Eugene-Florence, Route "F# 
, lst authorization $9,800.00 


20-2831 - Salt Creek-Lookout Point Section, Willamette Highway 
3rd authorization § 500.00 
Total to date $2,000.00 


20-2833 - Aubrey-Eugene Section - Pacific Highway 
lst authorization $ 700.00 


21-2825 - Ocean Lake-Taft Section, Oregon Coast Highway 
lst authorization $ 900.00 


121-2826 - Newport Junction-Siletz Section, Siletz Secondary 
Highway — lst authorization $ 800.00 


22-2817 - Lebanon-Foster Section - Santiam Highway 
ist authorization § 150.00 


Right of Way - 122-1965 - Brownsville Section, Halsey-Gweet Home Secondary 
Highwa; 


Reconn. 


Plans 


Plans 


Drainage 


y lst authorization $ 240.00 


23-2816 - Baker County Line-Ontario Section, Old Oregon 
Trail lst authorization $1,000.00 


124-2814 - Shaw Junction-Gates Section, North Santiam Highway 
2nd authorization § 500.00 
Total to date $ 600.00 


24-2820 - Salem Shops - 
lst authorization § 100.00 


224-2820 - Deaf School Section - 
ist authorization § 100.00 


Location and - 224-2821 - McNary Junction-Keiser School, Wheatland Ferry 


Plans 


County Road lst authorization $1,200.00 


pec 20 1938 


Location ~ 102-2814 - Wren-Pedee Section, Kings Valley Highway 
' 2nd authorization $1,320.00 
Total to date $3,120.00 


Location - 203-2818 - Timberline Lodge-Mt. Hood Highway Section, Timber- 


line Road. ]- . authorisation $2,500.00 
Location - 32801 - Oregor City Section, Pacific East Highway 
6th autherization $5,400.00 
Total to date $14,400.00 
Section Ties - 


4=2817 - Wolf Creek and Hamlet Junct., Oregon Coast Highway 
ad 2nd authorization § 135.00 
Total to date $ 285.00 


Bridge -  4-2622 - Black Bridge over Necanicum River, Oregon Coast Hwy. 
lst authorization $ 100.00 


: 
i 


5-281, - Warren-Scappoose Section, Columbia River Highway 
lst authorization $2,000.00 


Bridge and - 17-2808 - Crooked Creek-Prineville Section, Ochoco Highway 
Right of Way 2ni authorization $ 200.00 
Total to date $ 800.00 


Plans - 9-2822 ~ Horse Ridge-Brothers Section - Central Oregon Highway 
lst authorization $ 200.00 

Roadside ~ 10-2623 - N. Rntrance to Roseburg, Pacific Highway 

Improvement lst authorization $ 300,00 


Location ~ 11-2807 - Blalock-Arlington Section, Columbia River Highway 
and Plans 2nd authorization $1,500.00 
Total to date $2,500.00 


Quarry _ 12-2812 - Flat Creek-John Day Section, John Day Highway 
and authorization $ 250.00 
Total to date $ 570.00 
Quarry - 13-2806 - Buchanan Ranch-Junture Section, Central Oregon Hwy. 
lst authorization $ 500.00 
Quarry _ 14-2812 - Cold Springs Creek-Neil Creek Section, Mt. Hood Hy 


Qnd authorization $§ 75.00 
Total to date §$ 425.00 


Location - 14-2810 - Hood River-Mosier Section, Columbia River Highwey 
4th authorization § 700.00 
Total to date $12,400.00 


Bridge ~ 217-2808 - Waldo-Happy Camp Junction, Waldo-Holland County Rd. 
lst authorization $ 600.00 


ees ee 
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Type of 
File No. Pretix Comty fc iyey ‘Saaiion Highway 


5B7~2 204-2816 Clatsop Reconn. Saddle Mountain Saddle Mt.Park.Rd. 
5B15-1 4-2803 Clatsop Location Astor St.-Comm'l St. Oregon Coast 


5B19-~20 6-2810 Coos Location Marshfield-Coquille PR og 
5B18-24 106-2811 Coos Location Charleston-Cape Arago-Cape Arago Sec~ 
5B11-22 77-2803 Crook Location Mill Cr.-Marks Cr. rn, 
5B18-2 $2808 Curry Location Brookings Oregon Coast 
5B18-2 82809 Curry Location Brookings Azalea Park Rd. 
5B18~3 10-2817 Douglas Prelim. Oakland-Roseburg Pacific 
Survey 
5Bll-21 12-2811 Grent Location John Day John Day 


8026-18  4-2818 Clatsop Reconn. Cannon Beach Junct.- Oregon Coast 
s Cannon Beach 


5819-11 15-2817 Jackson Location Bear Canyon-State Pacific 
Line 


+ % # 16-2806 Jefferson Location Madras-Terrebonne The_Dalles- 
California 
5B19-8 17-2802 Josephine Location Grants Pass-Green Cr. Pacific 


5B18-23 & 

5Bl3-1l. 18-2815 Klamath Location Crooked Cr.-Modoc Pt. The Dalles- 
California 

5B20-8 20-2831 Lane Reconn. Salt Cr.-Lookout Pt. Willamette 


5B20-9 25-2806 Morrow Lecation Boardman-Stanfield Old Oregon Trail 
5B12-10 226-2830 Multnomah Location Lombard St.-Killings- 


worth St. Columbia Blvd. 
5B20-10 30-2819 Umatilla Location Pilot Rock Oregon-Washing- 
ton 


* 5818-10 & 12 * 5B19-4 & 5 * 5B18-22 


BE IT FURTHER RESOLVED that the State Highway Engineer be 
and he hereby is authorized to make such minor changes in the seid 
locations as may improve the standards of alignment and grades not 
inconsistent with the general location of the section of highway 
involved. 
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127-2813 - Independence Section - Independence Secondary Hwy. 
lst authorization $ 50¢00°- 


28-2805 - Moro-Wasco County Line Section, Sherman Highway 
2nd authorization § 175.00 
Total to date $ 375.00 


232-2806 - Enterprise-Joseph Section, Hurricane Creek County 
Road 2nd authorization $ 365.00 
Total to date $1,535.00 


34-2820 - Onion Flat Section, Pacific Highway West 
ist authorization $ 250.00 


36-2821 - Tillamook Junction, Pacific West and McMinaville- 
Tillamook Highways lst authorization $ 200.00 


36-2816 - Lafayette Section - Pacific West Highway 
2nd authorization § 25.00 
Total to date $3,675.00 


The motion was duly seconded by Commissioner Tou Velle and was declared by 
Chairman Cabell to have carried by the unanimous vote of the Commission. 


The Engineer also reported that a number of surveys heretofore au- 
thorized by the Commission have been completed. He presented a list of such 
surveys and reported briefly on each survey listed thereon. After due con- 
sideration, the Commission approved the respective surveys as reported, and 
adppted the following resolution in regerd thereto: 


WHEREAS, the State Highwey Commission heretofore has au- 
thorized and instructed the State Highway Engineer to make surveys 
on certain sections or portions of the highways of the State of 
Oregon; and 


WHEREAS, pursuant to said authorization the State Highway 
Engineer hes made and completed the said surveys and has filed the 
paps and plans of the said surveys in the files of the State High- 
way Commission, in Salem, Oregon; and 

WHEREAS, the maps and plans of the said surveys have been 
examined by the State Highway Commission and have been found suit- 
able in all respects for approval and adoption by the State Highway 
Commission ; 


NOW, THEREFORE, BE IT RESOLVED that the surveys hereinaft- 
er designated and described, together with their identifying loca- 
¢ion map file numbers, 4s shown in the map filing records of the 
State Highway Commission in its Salem office, be and they are hereby 
adopted and approved as the location surveys of the various portions 
or sections of highway involved: 
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their failure to complete the projects within the specified time 
limit was due to the fact that there was insufficient moisture in 
the ground for planting of shrub’ » and conditioning of the 


the 
ground for the planting of grass; also to the necessity for the 
on the shearboard slopes. The Engineer ad- 


E. H. Itschner, Contract No. 2070, for grading and oil- 
ing the Baker-Flagstaff Hill Section of the Baker-Homestead High- 
way, in Baker County, requested an extension of time of 12 days, 
from September 30 to October 12, 1938, within which to complete 
this job. He gave no reasons for his failure to complete the proj- 
ect within the specified time limit but alleged that the delay was 
caused by conditions beyond his control. The Engineer advised that 
the contractor's failure to complete this project on time was sole- 
ly a result of his not starting the work soon enough after the con- 
tract was awarded. He recommended, in view thereof, that the ex- 
tension now requested be granted but that the contractor be re- 
quired to reimburse the state for the extra engineering expense in- 
curred subsequent to the specified date of completion. A letter 
was presented from the Bureau of Public Roads concurring therein. 
The Commission approvec! the recommendation unanimously. 


M. C. Lininger & Son, Contract No. 207%, for landscaping 
the Bear Creek-Ashland Section of the Pacific Highway, in Jackson 
County, requested an extension of time from October 31 to November 
15, 1938, within which to complete this project. They alleged 
that their failure to complete the project within the specified 
time limit was due to dry weather conditions which made it unsuit- 
able for the planting of shrubbery. The Engineer advised that the 
contractor completed all of the work in connection with this proj- 
ect except the planting, before October 1, 1938, but, on account 
of the dryness, the planting of the shrubs had to be deferred until 
later. He recommended, in view of the fact that the contractor was 
not responsible for the delay, that the extension of time now re- 
quested be granted without penalty. A letter was presented from 
the Bureau of Public Roads concurring therein. The Commission ap- 
proved the recommendation unanimously. 


Kern & Kibbe, Contract No. 2096, for paving the Sandy 
Boulevard Section of the Columbia River Highway, in Multnomah Coun- 
ty, requested an extension of time from September 30 to October 19, 
1938, within which to complete this job. They alleged that their 
failure to complete the job within the specified time limit was due 
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The Commission had under consideration the following requests for ex- 
tensions of time within which to complete highway construction projects: 


Roy L. Houck, Contract No. 2014, for grading, surfacing, and 
construction of bituminous macadam on the North Powder-Muddy Creek 
Section of the Old Oregon Trail, in Baker County, requested an ad- 
ditional extension of time, from September 20 to October 7, 1938, 
within which to complete this job. He gave no reasons for failure 
to complete the job within the extended time limit. The Engineer 
advised that the contract provided for the completion of this job 
by August 31, 1938, but it was extended by the Commission without 
penalty to September 20, 1938, because cf delays resulting from 
the destruction of the contractor's plant by fire. He further ad- 
vised that there is no good reason why the contractor could not 
have finished the project within the extended time limit if he had 
moved his crushing plant onto the project earlier, the facts being 
that several months elapsed after the award of the contract before 
actual crushing work was commenced. He recommended, in view of the 
circumstances, that the extension now requested be granted but that 
the contractor be charged for the engineering costs incurred by the 
state subsequent to September 20, 1938. A letter was presented 
from the Bureau of Public Roads concurring therein. The Commission 
approved the recommendation unanimously. 


Harold Blake, Contract No. 2035, for paving the Ross Sta~- 
tion-arvard Section of the Pacific Highway, in Lane County, re- 
quested an additional extension of time, from August 13 to October 
17, 1938, within which to complete this job. His failure to com- 
plete the project within the previously-extended time limit, he 
said, was due to the necessity of replacing certain panels in the 
concrete pavement. The Engineer advised that the original date of 
completion specified in the contract was July 31, 1938, but it was 
extended by the Commission to august 13, 1938, under the condition 
that the contractor reimburse the state for engineering expense in- 
curred subsequent to the specified date of completion. He further 
advised that the contractor's statement as to the necessity for the 
additional extension of time is correct. He recommended, in view 
of the fact that the contractor was put to heavy expense in replac- 
ing the defective pavement, which was done without cost to the 
state, that the extension now requested be granted without further 
penalty. A letter was presented from the Bureau of Public Roads 
concurring therein. The Commission approved the recommendation by 
unanimous vote. 


River Bend Sand & Gravel Company, Contracts Nos. 2064 and 
2069, for landscaping the Pringle Cree-Taylor Creek Section of the 
Pacific Highway, in Merion County, and the landscaping of the Mc- 
Minnville Section of the Pacific Highway West, in Yamhill County, 
respectively, requested extensions of time until December 15, 1938, 
within which to complete both of these jobs. They alleged that 
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Contract No. 2074, with M. C. Lininger & Son, for road~ Ber iird 
side improvement on the Bear Creek-Ashland Section of the eo Wy : 
any Highway, in Jackson County. Completed November 9, “ae ; 
Contract No. 2096, with Kern & Kibbe, for paving the ow 
Boulevard Section of the Columbia River Highway, in Shy 
Wultnomah County. Completed October 19, 1938. aq 


Contract No. 2104, with Erwin E. Batterman, for remod- sash 
eling a portion of the State Office Building, in Salen, ‘ae 
Marion County. Completed October 31, 1938. 


Contract No. 2107, with the Mountain States Construc- “yaere 2 
tion Company, for paving the Molalla Section of the Wood- . 
burn-Mt. Hood Secondary — aa in Clackamas County. Be 4). 
Completed November 12, 1938. ' 


THEREFORE, BE IT RESOLVED, that the work covered by said 
state highway contracts for the construction of said state highway 
projects be declared completed according to the terms of the respec- J 
tive contracts, and said jobs are hereby accepted and final payment a 
in connection with each is hereby authorized. 2 


The Commission had under consideration the setting of a date for its : 
next regular meeting for the receiving of bids on highway construction proj- a 
ects, and decided to hold such meeting on Thursday, January 26, 1939. It was " 
also decided to hold a special meeting of the Commission, for the disposal of 
routine matters, in Salem, on Friday, January 13, 1939. The Secretary was in- 
structed to make the usual arrangements to hold the January 26th meeting in the 
Auditorium of the Public Service Building, Portland. 


The Commission considered and signed agreements, et cetera, as fol- 2. 
lows: 2. 


Agreement with Pacific Power and Light Company extending pre- 
vious agreement dated March 10, 1921, relative to maintenance of com- 
pany's poles on the Youngs Bay Bridge on the Oregon Coast Highway Fi 
at Astoria, and the furnishing of electric service, for the operation ee 
of said bridge. 


Agreement with Southern Pacific Company, et al, relative to F. an 
Lobert Overcrossing, in Klamath County. a || 


Agreement with U. S. Forest Service regarding snow removal 
on Timberline Road. 


Agreement with City of Albany regarding rest rooms under Al- 
bany Bridge. 
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to interference caused by the Portland railway busses. The Engineer 
advised that all of the work contemplated in the contract, except the 
placing of the asphaltic resurface, was completed within the speci- 
fied time limit and the reason that the resurfacing work was not com- 
pleted sooner was because the contractor was considerably handicapped 
by the large amount of traffic on this street. He further advised 
that the delay did inconvenience traffic to some extent and the state 
incurred some extra expense for engineering supervision. Neverthe- 
less, he recommended that the extension of time requested be granted 
subject to the condition that the contractor reimburse the state in 
an amount equal to the amount of the extra engineering expense in- 
curred subsequent to the specified date of completion. A letter was 
presented from the Bureau of Public Roads concurring therein. The 
Commission approved the recommendation by unanimous vote. 


or modifications thereof, and that said jobs are now ready for acceptance. 
The following resolution accepting the above projects was offered and was 
adopted by the unanimous vote of the Commission: 


WHEREAS, the Engineer has reported that the following State 
Highway Commission contracts for the construction of state highway 
projects have been completed according to the terms and provisions 
of the contracts and said jobs are now ready for acceptance: 


Contract No. 1949, with Coos Bay Construction Company, 
for grading the Elsie-Nebalen River Section of the Wolf 
Creek Highway, in Clatsop County. Completed October 1,1938. 


a) Contract No. 2014, with Roy L. Houck, for grading, sur- 
=e. facing, and bituminous macadam on the North Powder-Muddy 

, ‘i a Creek Section of the Old Oregon Trail Highway, in Baker Coun- 
veal, ty. Completed October 7, 1938. 


et Contract No. 2064, with the River Bend Sand & Gravel Com- 
iph pany, for roadside improvement on the Pringle Creek-Taylor 
igh ( Creek Section of the Pacific Highway, in Marion County. 
‘4 Comoleted November 14, 1938. 

bs 


Contract No. 2069, with River Bend Sand & Gravel Company, 
for roadside improvement on the McMinnville Section of the Pa- 
cific Highway West, in Yamhill County. Completed November 
29, 1938. 


é Contract No. 2070, with E. H. Itschner, for grading and 
1 oiling and producing crushed gravel in stock piles on the Ba- 
ae ker-Flagstaff Hill Section of the Baker-Homestead Highway, in 
a Baker County. Completed October 12, 1938. 
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Salem, Oregon, January 13, 1939 


The State Highway Commission met in regular session at 10:00 S'clock 
a. m. in the office of the State Highway Engineer, Room 325, State Office 
Building. Present were: 


Henry F. Cabell, Chairman 

E. B. Aldrich, Commissioner 

F. L. Tou Velle, Commissioner 

C. B. McCullough, Assistant State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


Senator U. S. Balentine, and Lloyd R. DeLap, Klamath Falls, came be- 
fore the Commission on behalf of Mr. Paul V. Kelley, Prineville, whose permit 
for the hauling of logs on state highways in the vicinity of Prineville has 
been temporarily suspended because of the loading of his trucks in excess of 
the statutory load limit and the 1500-lb. tolerance authorized by the Commis- 
sion. Senator Balentine advised that Mr. Kelley is a new operator in this 
class of business, and, before commencing his operations, consulted with the 
local state police officer relative to loads, in an endeavor to ascertain the 
size of loads that could be hauled without violating the statutes. He fur- 
ther advised that Mr. Kelley thought that he was loading his trucks in confor- 
mance with the information obtained from the police officer, but evidently he 
was not, because, when the trucks were weighed, they were found to be over- 
weight, and, as a result, the truck drivers were arrested end the P. U. C. 
plates picked up, requiring the suspension of operations. He said that Mr. 
Kelley did not intentionally overload his trucks and honestly thought that he 
was operating within the law, having consulted the state police officer before 
commencing operations. Senator Balentine accordingly urged the Commission to 
restore the P.U.C. plates to Mr. Kelley immediately so as to permit him to re- 
sume his logging operations. Otherwise, he said, it will necessitate the clos- 
ing down of the mill which is being supplied with logs by Mr. Kelley, and the 
throwing a lot of men with families out of employment. He said that the oper- 
ators were arrested on Monday, January 9, and that the P.U.C. permit was sus- 
pended for a period of 10 days, being a fitst violation on the part of Mr. 
Kelley's men. Also, that if the Commission will allow Mr. Kelley to go back 
to work, he will be extremely careful in the future so as not to overload his 
trucks again. 


Chairman Cabell explained the reasons that forced the Commission to 
adopt. strenuous rules and regulations relative to the trucking of logs on 
state highways. The Commission, he said, realizes the importance of the log- 
ging industry in the state and does not want to do anything to interfere with 
it, but it must have the cooperation of the operators; otherwise, the promis- 
cuous overloading of trucks will cause & breakdown of the highways where log 
hauling is being carried on. The Commission has given this matter much 
thought, he add and has tried to work it out with ‘the logging industry, but 
it seems that the desired cooperation could not be secured, so the Commission 
had to force compliance with the law by the adoption of stringent rules and 
regulations which, he explained, were decided upon after consulting with the 
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Stipulation relative to securing 4 10-acre stockpile site ad- 
jacent to Coos Bay-Roseburg Highway. 


Application for patent to 40 acres of land containing fossil 
beds adjacent to John Day Highway, in Grant County. 


Agreement with O. W. R. R. &N. Company with respect to the 
construction of the Corbett Station-Rooster Rock Section of the 
Upper Columbia River Highway, in Multnomah County. 


Agreement with F. G. Brown, Crystal, Oregon, covering snow 
-~- a teana memaclaaeaaat in Klan- 
ath County. 


Bargain and Sale Deed conveying unto Martha E. Dodele 10,800 
sq. ft. of land situate in lots 3, 4, 5, and 6, Block 19, Hackleman's 
Second Addition to Albany - Right of Way Transaction No. 4966. 


Bargain and Sale Deed conveying unto J. G. Snyder 3,360 sq.ft. 
of land situate in Lots 7 and 8, Block 19, Hackleman's Second Addi- 
tion to Albany. - Right of Way Transaction No. 4965. 


Bargain and Sale Deed conveying unto H. D. Rohde and wife 
5,460 sq. ft. of land situate in Lots 7 and 8, Block 19, Hackle~ 
man's Second Addition to Albany - Right of Way Transaction No. 4964. 


Bargain and Sale Deed conveying unto H. D. Rohde and wife 
3 parcels of land containing 3 78, 6,875, and 6,875 sq. ft., re- 
spectively, situate in Block 19, Hackleman's Second Addition to 
Albany ~ Right of Way Transactions Nos. 4964 and 5151~A. 


Bargain and Sale Deed conveying unto Standard O11 Company of 
California 2,090 sq. ft. of land si te in Lot 7, Block 98, Mon- 
teith's Second Addition to the City of Albany ~ Right of Way Trans- 
action Nos, 5138 and 5139. 


There being no further business to come before the Commission at this 
time, the meeting was adjourned at 5:00 o'clock p. m. 


the request and by unanimous vote adopted the following resolution with re- 
spect thereto: 


WHEREAS, in connection with the further improvement of 
the highways hereinafter designated, it is and has been necessary 
to acquire property for right of way, quarry sites, gravel or : 
other material sites, or sites for the storage of materials, as bs 
hereinafter more definitely set forth; and 


WHEREAS, as a result of negotiations carried on with 
the owners of the property required, options have been obtained, i 
which options have been considered by the Commission, outlining i 
the bases of settlement which have been agreed upon; 


WHEREAS, it is the judgment of the Commission that the 
said options should be approved and accepted, and/or the said re- 
ports be declared acceptable to the State Highway Commission as 
bases of settlement for the properties involved, and that the ac- 
quisition of the properties should be completed: 


NOW, THEREFORE, BE IT RESOLVED that the several offers, 
or bases of settlement hereinafter enumerated be, and the same 
hereby are approved and accepted, and that the Attorney for the 
State Highway Commission be, and he hereby is instructed to com- 
plete the acquisition of the said properties and to take title 
thereto in the name of the State of Oregon. The said properties 
hereby ordered and authorized to be acquired are as follows: 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


—E. - Wo r 
55-Wright~Blodgett Co.,Ltd. 0.56 $100 per a. McChesney he 
Stock Pile 4 
—Davie t = reek 

272-Sokol, John -03 4.0 a. at $150 per a. 

1.0 a. at £100 per a. 

1.03 a. at $50 per a. 

plus $963.50 McChesney 
6271-Stephens, A. L. e 4-44 4.0 a. at $150 per a. 


0.44 a. at 550 per 4. 
plus $446, plus re- 
arranging power line " 


- Wolf 
6261 Rose, Rex E. - 0.13 $150 per a. McChesney 


6258-Lazott, Harry ° 6.12 5.0 a. at #150 per a. ae 
, 1.12 a. at $100 per a. a 
plus $1156 " ae 
6263-Crawford, L. L. " 4.15 $150 per a.plus $1228 “at 
: plus moving bldgs. bet 
(Continued on next page) (est. at $700) " a 
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Superintendent of the Department of State Police, the Public Utilities Commis- 


sioner, and a representative of the logging industry. 


After further discussion and it appearing to the Commission that Mr. 
Kelley made an honest effort to comply with the legal requirements ard did not 
intentionally violate the provisions thereof, the Commission ordered the in- 
mediate release of Mr. Kelley's P.U.C. plates. 


The County Court of Beton County, represented by County Commission- 
ers W. H. Malone and 0. B. Kyle, came before the Commission in the interests 
of the county road which extends in a southerly direction from the Corvallis- 
Newport Highway, about 3 miles west of Corvallis, to the Corvallis Golf Club, 
a distance of about one-half mile. Mr. Claude Ingalls, Corvallis, was also 
present in regard to this matter and acted as spokesman for the group. They 
asked that this road be placed on the state secondary highway system and that 
it be improved with an oil surface so as to alleviate the dust nuisance which 
obtains during the dry season. They gave as their thought that this road 
meets the secondary highway requirements, inasmuch 4s it passes through 4 
thickly populated district, there being 14 homes served by the road at the 
present time, and several more to te established during the coming summer. 
They pointed out that the state owns considerable land adjacent to the road, 
which is another reason, in their estimation, that would justify the improve- 
ment as a state project. 


County Commissioner Malone stated that Benton County does not have 
oiling equipment to do the work, hence is not in a position to improve the 
road as desired. It was his thought that the road should not only be oiled 
but that a center-line stripe should be painted thereon also. Mr. Ingalls 
advisei that this road carries a large volume of traffic, much of which is 
tourist trafficand there are many visitors wo desire to make use of the 
country club. 


Commissioner Aldrich indicated that he wold approve this project, 
cularly in view of the fact that the county has no oiling equipment with 
which to do the work ahd because of advantages that would accrue to the users 
of the road, especially to the strangers who want to make use of the golf 
club facilities. Chairman Cabell questioned the advisability of taking the 
road over as a state project but agreed to take the matter under advisement 
for a decision later. The Engineer was instructed to investigate the road 
and report his findings at the next meeting, including an estimate of cost. 


Representative Burt Snyder, Lakeview, came before the Commission in 
the interests of the Klamath Falls-Lakeview Highway and urged the early com- 
pletion of this road to modern stendards. The Commission's plans for the re- 
construction of this road were explained to ir. Snyder by Chairman Cabell and 
appeared to be satisfactory to him. 


The Engineer requested authority to acquire certain parcels of real 
property that are needed for various highway improvements throughout the 
state. He submitted a list of such properties together with the prices that 
he recommended be paid for each. After careful study, the Commission approved 
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present school property or to an entirely new location. The moving of the 
building back on the present site, he said, will require considerable excava- 
tion because of the fact that there is a steep side hill immediately back of 
the building. He suggested,as a more desirable solution of this problem, the 
moving of the building to a site on the opposite side of the highway and he 
recommended the adoption of such alternate, notwithstanding that it is the more 
expensive of the two, because it would eliminate the necessity for school chil- 
dren to cross the highway in going to and from school. In this connection he 

that there are some 40 or 50 students who attend this school, most 
of whom live on the opposite side of the highway from the present school build- 
ing, and it was his thought that the extra expense of moving the building to 
a location that will eliminate the crossing hazard for the school children 
would be justified. The Commission concurred in the viewpoint of the Attorney 
and after considerable discussion authorized the continuance of negotiations 
with the school district officials in accordance therewith. 


The Enginecr reported receipt of a communication from County Judge 
J. B. Wilkerson of Columbie County offering to sell to the State Highway De- 
partment a certain toolhouse at Mist, Oregon, for the sum of $250.00. He said 
that the Highway Department has been using this toolhouse for some time with- 
out charge but the county is now desirous of disposing of the building perma- 
nently. He recommended acceptance of the county's offer in view of the fact 
that a toolhouse of some sort will be needed at Mist for several years, althougn 
it has not yet been determined whether or not a permanent patrol headquarters 
will be established at this place. The Commission approved the recommendation 
unanimously. 


The Attorney brought up for discussion the matter of acquiring right 
of way for the proposed revision of the Oregon Coast Highw=y through Neskowin, 
in Lincoln County. He advised that the recent storm on the Coast wrecked some 
of the facilities at this beach resort and Mr. W. S. Walton, Salez, the owner 
of the same, has inquired whether or not the Commission would care to recon~ 
sider the matter of purchasing the right of way for the highway improvement 
now, before he goes to the expense of re-establishing such facilities. In the 
discussion of this matter it was brought out that the Commission is not ina 
position to proceed with the proposed highway improvement in its entirety at 
this time but is willing to consider a project to cut off the rock point op- 
posite the Neskowin Hotel am, if the Commission should decide to do that part 
of the work, it would need right of way across the Neskowin picnic ground on 
which to deposit the rock material. In view of this possibility, the ®mmission 
instructed the Attorney to ascertain from Mr. Walton his plans for the re-es5- 
tablishment of his buildings. He was also instructed to ascertain from Mr. 
Walton whether or not he would agree not to obstruct the proposed highway right 
of way north of the Neskowin Store if the Commission will purchase from him a 
right of way across his holdings south of his store and will cut off the rock 
point referred to above, the “ommission being unable financially to undertake 


the major highway improvement at this time. 


fhe Engineer reported receipt of information to the effect thet sev- 
eral logging companies are making plans to log privately-owned timber along 
the Santiam Highway when the grading operatidns on this highway have been 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


2g ee Jesse an 11.% 6.0 a. at $150 per a. 


5.76 a. at $20 per a. 
plus $734.80 McChesney 


eae August and Louis x 1.0 $100 per a, plus $25 McChesney 


(Peschl Estate) 
30 per lot 


d-Oregon City Highway 
3015 sq.ft. Lump Sum $4100 
3053-Schofield, R. A. and 
Knoefel, R. W. 
(Oregon City Laundry) " 4960 sq.ft. Lump Sum $18,499.60 


P. McCallister 
5786—Jackson, E. A. 8960 sq-ft.at 10¢ sq.ft.+ $6104 . 


Eugene Section - Pacific Highway 
5530-EBugene Sand & Gravel Co. 0.57 l-yr renewal of lease 
Stock Pile Lump Sum $15 Gardiner 


te) k Se = Cd 
'Tl-McDonald A. J. Stock Pile 0.500 To be exchanged for 
Lytle 


PafZO HiIknwWay 
459 sq.ft.at $0.027 sq.ft. Gardiner 


at $125 per a.+ $708.67 
4e31 at $125 per a.+ $1389.35 
+ $629.44 Parker 
2.71 at $125 per a.t+ $1134.51 " 


n Vvercros 


i,0-Vey, Reta etal RW eq.ft. Lump. Sum $650 Parker 


The Attorney brought up for discussion the matter of re-establish- 
ing the school building in the tow of Manning, Washington County. He explained 
that the Wolf Creek Highway passes very close to the front of this school 
building necessitating the moving of the same back from the highway on the 
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WHEREAS, it is the opinion and judgment of the State Highway Y 
Commission that maximum speeds in excess of fifteen miles per hour 34 
cannot with safety to such structure be maintained thereon and it ; 
is the judgment and opinion of the State Highway Commission that Na : 
the maximum permissible speed of any vehicle traveling over and meat 
across said bridge should be limited to fifteen miles per hour; Sa 


NOW, THEREFORE, IT IS HEREBY ORDERED that the total maximum ay 
permissible speed over the said bridge crossing the Nehalem River ery 
at Mile Post 11.70 on the county road between Elsie and Jewell be eat) | 
and the same hereby is reduced to fifteen miles per hour. 4 ; 


4 
IT IS FURTHER ORDiD DD that these rules and regulations, as made cf 
and found by the State Highway Commission under the provisions of iy 
Section 55-2205, Oregon Code, 1935 Supplement, shall be in full Fc 

force and effect from the 13th day of January, 1939, until rescind- i. iy 
ed, modified, or revoked by order of the State Highway Commission. aoe 

Bi ct 


IT IS FURTHER ORDERED that a notice be posted in a conspicu- B 
ous manner and place at each end of the above named bridge struc- . = 
ture so that said notice can be readily seen and read, which no- Ein 
tice shall state plainly the limitations and prohibitions of the 
traffic hereby in this order determined and fixed. Aes © 


AND BE IT FURTHER ORDERED that « certified copy of this order eH 
be furnished to the County Clerk of the county in which the said ee i 
bridge is located and that a certified copy of this order be fur- RAN CE 
nished to the Superintendent of the Department of State Police for ia | 
his information. esi) - 


The Engineer also reported the need to post the Alsea River B ridge, 
on the Alsea Highway, for a maximum load of 15 tons and the Willamette River 
Bridge, on the Corvallis-Eastside Secondary Highway, at Corvallis, for a maxi- 7s 
mum of 10 tons. He requested authority to post these bridges for such loads. 
The Commission approved the request and, by unanimous vote, adopted the follow- Mg 
ing resolution in regard thereto: “f 


WHEREAS, the roads or highways hereinafter named have been Pe j 
Gesignated and declared to be and are State Highways and have been oe a 
improved amd are being maintained by the State Highway Commission, a } 
pursuant to the laws of the State of Oregon as state highways; B 

AND WHEREAS, on each of the said state highways and on all of r 


them there are located certain bridge structures which, in the judg- F 
ment of the State Highway Commission, are incapable of safely carry- Pes 
ing the traffic to which they are being subjected, and in order to ie 
protect said bridge structures against damage and injury and in or- By | 
der to safeguard traffic over said bridge structures it is deemed 5 
and is the judgment of the Highway Commission and said Commission 
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completed. He advised that this highway traverses some very fine forest land 
and, in his estimation, everything should be done to preserve the timber, par- 
ticularly adjacent to the highway right of way. He inquired whether or not 
it would be advisable to contact the United States Forest Service officials 
relative to securing an exchange of the privately-owned timber lands for the 
government-owned lands of the same class. The Commission referred the matter 
to the State Parks Superintendent for investigation and report. 


Consideration was given by the Commission to the request of Thomas 
Purdy, Yachats, to repurchase from the state about orie-quarter acre of land 
that he sold to the state for right of way purposes, the same being located 
adjacent to the Oregon Coast Highway at Bob Creek, in Lincoln County. It ap- 
ah pears that Mr. and Mrs. Purdy operate a restaurant and campground at this lo- 
ee: cation and wish to enlarge their business, including the establishment of a 
Nad service station, which will necessitate the acquisition of the one-quarter 
acre of ground under discussion. Further, that they are willing to pay 4 rea- 
sonable sum for the land which, they allege, was deeded to the state under a 
misapprehension along with the highway right of way. 


The Engineer advised that the tract in question has been graveled and 
is being used for park purposes and as an entrance way to the creek bottom 
from the highway. He gave as his thought that it would be inadvisable to dis- 
pose of the property in view of the fect that it is now being used for pub- 
lic purposes to good advantage and for the further reason that it may be 
needed for future highway requirements that cannot be foreseen. He recommended 
that ae property be not sold. The Commission approved the recommendation un- 
animously. 


The Attorney reported briefly on the matter of insurance to be furnighed 


for the benefit of the Sunset Logging Compeny because of the construction of 
the Wolf Creek Highway under the company's railroad tracks, in Clatsop County. 


The Commission deferred action on the matter until the next meeting. 


The Engineer reported the need to establish & speed limit of 15 miles 
per hour for trucks operating over the Nehelem River Bridge on the county road 
between Elsie and Jewell, which road is being maintained by the State Highway 
Department as a temporary highway route pending completion of the Wolf Creek 

. He requested authority to post this bridge for such speed limit. 

The Commission approved the request and, by unanimous vote, adopted the fol- 
lowing resolution in regard thereto: 


WHEREAS, the bridge crossing the Nehalem River at Mile Post 
wee 11.70 on the county road between Elsie and Jewell is a public bridge 
# ais being maintained by the State of Oregon and is a bridge under the 

ee jurisdiction and control of the State Highway Commission; and 


i 
rhe WHEREAS, the State Highway Commission has, after due investiga- 
bi tion, determined and found that it is the judgment of the Commission 
thet the seid structure cannot with safety to itself withstand vehi- 
Ae cles traveling at the speeds permissible under Section 55-2201, Ore- 
a gon Code, 1935 Supplement; end 
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Reconsideration was given by the Commission to the request of Karl 

L. Janouch, Forest Supervisor, Rogue River National Forest, for permission to =) f 
construct a footbridge alongside the highway bridge over Union Creek on the it 
Crater Lake Bighway, in Jackson County. The Engineer advised that, as in- sal 
structed by the Commission at a previous meeting, he has investigated this re- ai) 
quest and finds that the proposed footbridge is to censist of one large log 
with appropriate timber hand rails that would fit in satisfactorily with the 
surroundings. He recommended approval of the request, provided the main log 
is not less than 4 feet in diameter and the cross logs which are to support 
the hand rails ere not less than 6 inches in diameter. The Commission ap- 
proved the recommendation unanimously. 


The Engineer reported on the cost to pave the unpaved portions of i 
Lombard Street in Portland between Vancouver Avenue and Union Avenue and be- ot 
tween Union. Avenue and the west end of Northeast Portland Secondary State MEPS NE 
Highway, as ordered by the Commission at the previous meeting. He estimated S Ap 
that such pavement work would cost about $17,000. The Commission deferred ac- 
tion = this matter pending personal inspection of the project by Chairman 
Cabell. 


ee 


The Engineer also reported on the matter of securing the improvement i 
of the Frenchglen Secondary Highway, in Harney County, with C.C.C. forces, as rm 
was done last year. He said that the officials in charge of the C.C.C. camp ah 
at Malheur Lake were contacted relative to the improvement of another section ; 
of this road but it appears that they will not be able to do more this year Be ert | 
than complete the 2-mile section upon which they are now working at the Nar- ce: 
rows, although there is a possibility that they will be able to assist further f 
next year. The Engineer gave as his thought that it would be advisable, if 
C.C.C. cooperation can be secured next year, to improve, as the next project 
on this road, the section between the Narrows and Wright's Point, a distance 
of about 12 miles. In view of this report, the Commission decided to proceed 
with the preparation of plans for such project, and thereunon authorized the pet es) 
Engineer to conduct a location survey of the section. 


The Commission reconsidered the request of J. R. Hildreth, Scio, ell 
Oregon, that the old bridge known as Shindler Bridge, on the Albany-Lyons oan 
Secondary Highway, which is being replaced by 4 new structure, be left in at 
place for his use when the new structure is completed. The Ingineer advised mich - 
that he contacted the Linn County Court relative to this matter, as previously Mei | 
instructed by the Commission, and was assured that the county will assume jur- ee eh | 
isdiction over this bridge if it is not taken dow, and will relieve the High- Bc top| 
way Commission from liability for any accident that might occur with respect f 
to it. In view of this report, the Commission decided not to dismantle the 
old bridge but to abandon it and the approaches thereto as a state highway, BS 

in favor of Linn County. The Attorney was instructed by the Commission to ; e £ 
prepare an appropriate resolution covering the matter for adoption at its oak 
meeting on January 26. The Engineer was instructed to barri¢ade the bridge bet 4 
structure so that traffic cannot use it, if the county has not formally ac- a 
cepted the responsibility for the structure by the time that the falsework a | 
that is now supporting the bridge goes out during the high-water period. || 


finds that it will be for the best interests of the said bridge 
structures and each of them and of the traffic which uses the said 
bridge structures that the maximum weights now permitted and author- 
ized by law be reduced; 


AND WHEREAS, the State Highway Commission has, after due in- 
vestigation, determined and found and it is the judgment of the Com- 
mission that the maximum gross loads which shall be permitted upon 
any single span of any of the said structures at any time shall be 
reduced and fixed as in this order provided; 


NCw THEREFORE, the premises being in part as above stated and 
the Stete Highway Commission having as a result of due investiga- 
tion found that the bridge structures above referred to and herein- 
after designated are incapable of safely sustaining or supporting 
a total gross load in excess of that specified hereinbelow; 


IT IS HEREBY ORDERED, that the total gross weight of combined 
load and vehicle which at any one time shall be permitted upon any 
single or individual span of the bridge structures shall not exceed 
the limits given and set forth hereinbelow. In computing the total 
weight of any single vehicle, the total gross weight of any trailer 
or trailers attached to said vehicle shall be considered as a com- 
ponent part of the total gross load and shall rot be considered as a 
separate vehicle. This combined gross weight shall not exceed the 
limits given hereinbelow, to wit: 


ALSEA HIGHWAY 
27-97. 22 Alsea River Bridge 15 tons 


CORVALLIS-EASTSIDE SECONDARY HIGHWAY 
210-00.13 Corvallis Bridge 10 tons 


IT IS FURTHER ORDERED, that these rules and regulationg as 
made and found by the State Highway Commission under the provisions 
of Section 83 of Chapter 360, Oregon Laws 1931, Section 55-2707 Ore- 
gon Code 1935 Supplement, shall be in full force and effect from 
the thirteenth day of January, 1939, until rescinded, modified, or 
revoked by order of the State Highway Commission. 


AND IT IS FURTHER ORDERED, that a notice be posted in @ con- 
spicuous manner and place at each end of the above-named bridge 
structures, so that said notice can be readily seen and read, which 
notice shall state plainly the limitations and prohibitions of the 
traffic hereby in this order determined and fixed. 


AND BE IT FURTHER ORDERED, that a certified copy of this or- 
der be furnished to the county clerk of each county in which any of 
said highways are located, and that a certified copy of said order 
be furnished the Superintendent of the Department of State Police 
for his information. 
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The Commission considered but deferred action on numerous requests 
for improvement of certain county roads as federal aid secondary highways, 
there being insufficient time remaining to give this subject proper considera- 
tion. The Engineer was instructed to bring these projects to the attention 
of the Commission at its next meeting, together with estimates of cost to con- 
struct them. The Secretary was instructed to advise the sponsors of the va- 
rious projects the reason for the Commission's delayed action. 


The Commission discussed a resolution from the Union County Court 
relative to the improvement of the North Powder River County Road. The Coun- 
ty Court gave as its understanding that the Commission has allocated $15,000 
for grading, graveling, and oiling 6 14-mile section of this road as & federal 
aid secondary highway, and asked the Commission to change its plans in regard 
thereto so as to provide for the grading and graveling only of a 5-mile sec- 
tion of this road, at an estimated cost of $20,000, which improvement, they 
allege, would be more beneficial to the traveling public and the residents of 
the North Powder commmity. A letter from Charles H. Reynolds, Chairman of 
the Roads and Highways Committee of the La Grande Commercial Club, approving 
the County Court's request, was also presented. After considerable discussion 
the Commission tentatively decided to spend the $15,000 for grading and sur- 
facing work only, as far as such sum will allow, and to let the oiling work 
go until some future time. This matter, however, is to be reconsidered by the 
Commission at its meeting on January 26. ; 


The Commission had under consideration the selection of projects for 
contracting at the next few meetings of the Commission. The Engineer present- 
ed a list of projects which have heretofore been approved by the Commission 
for construction, from which the Commission, by unanimous vote, selected the 
following: 


PROJECTS FOR CONTRACTING ON JANUARY 26, 1939 


Polallie Creek-Hood River, Rock Production PWA $ 10,000 
Necanicum-Nehalem River, Surf. & Bit. Mac. 38 Fa 164,000 
Oregon City, North Unit, Grad. & Pav. 38 FA 77,000 
Abernethy Creek Bridge, Structure 38 FA 22,000 
Albany Grade Separation, Grading 38 GS 140,000 
Albany Grade Separation, Structure 39 GS 181,000 
Nehalem River Bridge, Structure 39 FA 124,000 
Tudor Ranch-Blue Mt. Pass, Grading 39 FLH 

$818,000 

PROJECTS FOR CONTRACTING IN MARCH, 1939 

Bunker Hill Section, Grad & Pav. 38 FA $124,000 
Interstate Avenue (Portland), Lighting 38 FA 45,000 
Malin-Bonanza, Grad. & Surf. 38 FAS 24,000 
Vale-Adrian, Grad., Surf., & Oil. 38 FAS 15,000 
North Powder-N.Powier River, Surf. & Oil. 38 FAS 15,000 
Lobert Grade Separation, Grading 39 GS 50,000 
Mist-Clatskanie, Surf. & Oil 39 FAS 30,000 
Hood River Secondary, Widen., Surf., & Oil. 39 FAS 38,000 
Cove Road, Grade, Surf., & Oil 39 FAS  __ 35,000 

$376,000 
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The Engineer reported on the request of Sherman County Court that 
the federal aid secondary highway moneys heretofore temporarily allocated by 
the Commission for the construction of the Moro-Hay Canyon project be reallo- 
cated to the Erskine Road, He recalled that the Commission tentatively allo- 
cated $10,000 for the improvement of the Moro-Hay Canyon Road as a federal 
aid secondary highway, but since the allotment was made the County Court has 
expressed preference for the improvement of the Moro-Erskine and the re- 
allocation of the funds to such project. Inspection of the Erskine Road, he 
said, wes made by Division Engineer Wm. E. Chandler and Office Fngineer Oscar 
Cutler on January 5, 1939, in company with two members of the County Court, 
and it is the opinion of these engineers that this road qualifies as a feder- 
al aid secondary highway, but, if improved as such, will provide a road of 
much higher standard than is needed by the territory that it serves. They al- 
so reported, he said, that, in their estimation, the county will benefit more 
by the ement of the Moro-Erskine Road than by the improvement of the 
Moro-Hay Road, although eventually the latter road wili very likely 
serve more people and will be the better road of the two from # state-wide 
standpoint. He further advised that the right of way of the Moro~Erskine 
Road is only 40 feet wide, whereas a 60-foot width right of way will be re- 
quired gencrally, and in a few places it should be 80 feet wide. He recom- 
mended the reallocation of the funds to the Moro-Erskine Road if the cou7.ty 
will acquire a right of way of proper width. After considerable discussion, 
the Commission approved the Engineer's recommendation by unanimous vote and 
instructed the Engineer to so inform the County Court. 


The matter of transferring the funds heretofore tentatively allocat- 
ed to the Oak Hill-Veneta Section of the Oak Hill-Veneta County Road (Route 
"F" Highway) in Lane County, had the attention of the Commission. The Engi- 
neer advised that the Commission had previously set up & tentative allocation 
of federal aid secondary highway funds amounting to $55,000 for this project. 
He pointed out in this connection that this section crosses the site of the 
proposed Fern Ridge Reservoir, which is a part of the Willamette Valley Flood 
Control Project. ‘The additional cost of this unit by virtue of the construc- 
tion of the Fern Ridge Reservoir will amount to approximately $30,000 because 
of the necessity of building the highway at a higher grade and the necessity 
. for providing longer drainage structures. The Engineer further pointed out 
) wee that the Army Engineers had tentatively agreed to reimburse the State Highway 
Commission for the above extra cost in the event that the Willamette Valley 
Flood Control Project is authorized. In view of the fact that no definite ap- 
propriation has been made for this flood control project, the Engineer sug- 
gested that consideration be given to an alternate project. 


After considerable discussion, the Engineer was requested to con- 
sider estimates for alternate projects, and to contact the County Court of 
Lane County relative thereto. 


The Commission adjourned at 12:10 o'clock p. m. and reconvened at 
2:00 o'clock p. m. in the same room with all Commissioners, the Assistant 
State Highway Engineer, the Attorney, and the Secretary present. 
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The Commission considered briefly numerous requests for the instal- 
lation of flashing beacons, traffic signals, and flood lights at the follow- ig 
ing locations on the state highway system: west end of the St. Johns Bridge, 
Portland; Interstate Avenue, Portland; Sandy Boulevard, Portland; East Burn- 
side Street, Portland; intersection of Main and Bridge Streets, in Sheridan; ; 
intersection of North Front and Broadway, in Marshfield; intersection of ae 
Salem-Dallas Highway and Dallas-Coast Secondary Highway, in Dallas; intersec- ie 
tions of Fifth Street at Trade Street and Nursery Street, in Amity; intersec- ag 
tion of the Oregon Coast Highway and the east approach of the Avenue "U" Fy 
Bridge, in Seaside; main line crossing of the Southern Pacific Railroad, in 2. 
Grants Pass; crossing of the Klamath Falls-Lakeview Highway with the railroad r 
at the west city limits of Lakeview; Pacific Highway between Sellwood Bridge ia 
and Oswego; intersection of McLoughlin Boulevard and Ochoco Avenue, just eH 
south of the city limits of Portland. he 


The Commission denied the requests for the installations in Amity Tee i 
and Seaside, it appearing to the Commission that they are unwarranted at the seed ; 
present time, and indicated that it would not approve any installation that ea 
is not recommended by the Engineer. Action on the remaining requests was de- B 
ferred by the Commission for consideration at the next meeting, there being 
insufficient time to give this important matter proper consideration at this 
meeting. The matter of the adoption of a policy with respect to installations 
of this kind was deferred pending further discussion of the subject. The En- 
gineer was instructed to bring to the Commission's attention at its next meet- 
ing a complete list of the requests for highway lighting projects. 


The Engineer brought up for discussion matters pertaining to the 5. A 
P.W.A. project being sponsored by the Malheur County Court for the improve- i? 
ment of county .oads in Malheur County and for the construction of a county i 


shop building at Vale. It appeared from the Engineer's report that the time ty 
limit within which work on these projects must commence expired on the 31st Sy 
day of December, but that the project had been kept alive thus far by the con- , 
tinuance of certain force account work. It also appears that there is a ques- uy 
tion as to the validity of the county's bond issue by means of which the coun- ; 
ty contemplates raising the necessary funds to match the P.W.A. grant, this 3 
matter now being in the hands of the Supreme Court for decision. The Engineer a 


requested instructions in view of the circumstances as above outlined. He i 
suggested approval of a 5-mile road project in order to show good faith with " 
the county, and that the force account work on such project be continued so es : 
to meet the P.W.A. requirements. After discussion, the Commission approved io 

the Engineer's suggestion and authorized him to approve the county's plans for i 
such project and to prepare specifications for the same so that it will be ee 
ready for contracting if and when the Supreme Court sustains the validity of 
the county's bonds. Ca 


The Commission discussed the Attorney's written opinion on the au- mer): 
thority of the State Highway Commission to construct and maintain roads that Be | 
are not on the state highway system. According to such opinion "this ques- oe 
tion has never been adjudicated by the Oregon Supreme Court and there are no | 
express statutory provisions to which we may point for direct authority. How- : 
ever, the legislative command to the Highway Commission, which is expressed 
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The Engineer was authorised to advertise these projects in accordance with the 
usual practice. 


The Engineer discussed with the Commission the matter of planting 
suitable grasses along the Sjlver Lake Section of the Fremont Highway, in Lake 
County, so as to prevent soil erosion and the depositing of sand on the high- 
way right of way. By explained that the blowing sand from the dry lake bec 
is causing extremely high maintenance costs, and unless something is done to 

t this condition, it will eventually be necessary to reconstruct the 

roadbed. He advised that a C.C.C. camp is now being maintained near 

Silver Lake and gave as his thought thet perhaps the services of the men em- 

et this camp could be secured in the planting of grasses for the elin- 
ination of the sand-blow. Early action on the matter, he said, is necessary, 
because, as he understands it, this camp has about completed its present as— 
signment and will be discontinued soon. He recommended filing an application 
with the proper authorities to secure the services of this C.C.C. Camp in this 
work, and particularly to conduct an investigation into the feasibility of 
seeding the bed of Silver Lake, which would not only stop sand from blowing 
onto the highway but would also do much good in restoring the old lake bed to 
productivity. He further stated thet he has conferred with Wn. A. Schoenfeld, 
Dean and Director of the School of Agriculture and the Agricultural Experiment 
Station at Corvallis, Oregon, relative to the matter, and it is Dean Schoen- 
feld's thought that a project of this kind is feasible. After considerable 
discussion, the Commission approved the Engineer's recommendation and instruct- 
ed the Secretary to file such application in accordance with the ideas ex- 


pressed by the Engineer. 


The Commission considered the request of the John Day Highway In- 
provement Association for the reconstruction of the bridge over Mule Shoe 
Creek on the John Day Highway, and particularly the letter of Mr. E. R. Fat- 
land, President of the Association, who advises that the existing bridge pre- 
sents a hazard to the traveling yublic in view of the fact that it is an un- 
safe structure and crosses the creek at an angle with the highway alignment. 
The Engineer advised that the present bridge is in poor condition and is not 
on permanent alignment, but there is a question whether or not it should be 
repaired or an entirely new structure erected on permanent location. He pre- 
sented four alternates for the solution of this problem, the first being the 
construction of a temporary timber trestle on the present alignment, which 
would cost about $2,500; second, construct a temporary timber trestle on in- 

temporary alignment and the shortest possible approaches thereto from 
the existing highway. Such project, he estimated, would cost about $5,500. 
Third, construct a new, permanent bridge on permanent alignment and grade, 
surface and oil temporary connections with the existing highway. He estimat- 
ed that such project would cost about $18,000. The fourth alternate is to 
construct a new, permanent bridge on permanent alignment, and grede, surface, 
and oil permanent connections with the existing road. Such project he esti- 
mated would cost about $23,000. 


The Commission discussed this matter at some length but deferred fi- 
nal action thereon until its March meeting. 
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economical to keep them in repair or operation. He recommended the purchase 34 
of 25 new trucks and that the old ones be traded in as part purchase price on oy 
25 new trucks, which would reduce the net total cost of the new trucks to oy 
about $22,500. The Commission approved the recommendation by unanimous vote HN 
and ordered that the purchase be made through the State Purchasing Agent in 
the usual manner. A; 
of 


Wilson River Highway W.P.A. work have reached the stage where it is no longer ri a ry 
oT 


The matter of selling an old "V"-type snow plow now being stored at nf 
the Klamgth Falls Shops had the attention of the Commission. The Engineer ad- ia) 
vised that this is an obsolete type of plow and that it has not been used for ae 
10 years. Further, that all usable parts of the same have been salvaged and Bt 
used in other equipment so that at this time there remains only the steel "Vv". vit 

He further stated that Mr. F. G. Brown, of Crystal, Oregon, who has an agree- meet 
ment with the Commission for the removal of snow from the Klamath Lake Second- fe? EB 
: ary Highway, in Klamath County, has made inquiry regarding the purchase of “p : 
this plow and indications are that he will pay $100.00 for the same, although, ey i 
: as junk, it probably is not worth more than helf of that amount. He recom- ry st 
: mended sale of the snow plow to Mr. Brown, at private sale, for $100.00. Tal 
The Commission approved the recommendation. ae 


The Commission had under consideration the revised offer of the = 
United States of America to contribute P.W.A. funds to aid in financing the 


= 
construction of the Klamath Falls Maintenance Building, P.W.a. Docket Number Aa: Pe : 
Oregon 1177-F. th ik ; 
After discussion of the offer of the United States of America to a, % 


aid by way of grant in financing the construction of the Klamath Falls Main- 
tenance Building, the following resolution, entitled "A Resolution Accepting 


the Offer of the United States to the State Highway Commission of the State = 
of Oregon to Aid by Way of Grant in Financing the Construction of e Storage tae 
and Office Building and Storage Shed near Klamath Falls, Klamath County, In- ae 


cluding Landscaping and the Acquisition of Necessary Land Therefor", was pro- ite 
posed by Commissioner Aldrich and read in full: e 


A RESOLUTION ACCEPTING THE OFFER OF THE UNITED STATES TO THE STATE 


HIGHWAY COS@{ISSION OF THE STATE OF OREGON TO ALD BY WAY OF GRaNT IN ps * 
FINANCING THE CONSTRUCTION OF A STORAGE AND OFFICE BUILDING AND 4 Sh B 
STORAGE SHED NEAR KLAMATH FALLS, KLAMATH COUNTY, INCLUDING LANDSCAP- 4 f 
ING AND THE ACQUISITION OF NECESSARY LAND THEREFOR. Bt 

Be it resolved by the Oregon State Highway Commission: x if 


v 

Section 1. That the offer of the United States of America cre 4 
to the State Highway Commission of the State of Oregon to aid by way ry ¥ 
of grant in financing the construction of 4 storage and office build- ay 
ing and storage shed near Klamath Falls, Klamath County, including : 
landscaping and the acquisition of necessary land therefor, a copy 
of which offer reads as follows: 


(See next page) ‘i : 
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in two or three different statutes, and by which the Commission is told 'to 
enter into all contracts and agreements with the United States Government re- 
lating to the... . . maintenance of roads... - . to carry out the coop- 
eration contemplated and provided for’ by the Federal Aid Road Act, may be 
broad enough to authorize the Highway Commission to assume responsibility for 
the maintenance of such projects. 


"In my opinion, however, should the Highway Commission assume such 
responsibility it should protect itself by taking from the City and/or the 
County a definite agreement to reimburse the State for any funds which the 
State may be cailed upon to disburse in making good its agreement with the 
Federal Government." 


After discussion, the Commission approved the opinion and ordered 
the continuance of the present practice with respect to the construction of 
county road projects, which now provides for the taking of agreements from 
the counties covering the matter of reimbursing the state for funds advanced 
by the state in connection with such projects. 


The Engineer reported that, in conformance with authority previous- 
ly granted by the Commission, he awarded to the Colonial Construction Com- 
pany, Spokane, on December 30, 1938, the contract for the construction of the 
Corbett Station-Rooster Rock project on the Columbia River Highway, in Mult- 
nomah County, bids for which were received by the Commission on November 18, 
1938, the Colonial Construction Company being the low bidders for this proj- 
ect and the conditions of the award having been satisfied. The Commission by 
unanimous vote approved the award of this contract 4s reported. 


A letter was presented from Mr. Herman Apos, Rickreall, Oregon, 
compleining of the condition of the Salem-Dallas Highway at the curve @ 
short distance west of the Oak Knoll Golf Course. Mr. Amos alleges that a 
very dangerous condition exists at such curve and that numerous accidents 
have occurred at this location. He urged the elimination of this danger spot 
by the straightening of the highway. The Engineer advised that investigation 
has been made of the conditions existing et this point and everything possible 
has been done, including the erection of appropriate signs, to prevent the 
recurrence of accidents and to make the road as safe for travel as is possible 
without reconstructing the highway. The Commission thereupon approved the re- 

> port and ordered the communication filed. 


The Engineer requested authority to purchase 4 radio receiving sets 
at an estimated total cost of $240. One of these sets, he said, is needed on 
the sanding truck that operates at night in the North Portland area. The 
others are for replacements during periods when other sets are being over- 
hauled. The Commission approved the purchase by unanimous vote. 


The Commission also unanimously approved the purchase of 50,000 gai- 
lons of traffic line lacquer at an estimated total cost of $55,000 for the 


1939 requirements. 
The Engineer reported that 25 light-type trucks assigned to the 


J4N13 1939 


ne —__eneteeateeeieees 
Ee - Se 


8618 


“UNITED STATES OF AMERICA 


"Federal Emergency Administrator 
of Public Works 


"By (Sgd.) H. A. Gray 
Assistant Administrator" 


be and the same is hereby in all respects accepted. 


Section 2. That the State Highway Commission of the 
State of Oregon and the State of Oregon agree to abide by all Terms 
and Conditions relating to such grant, a copy of which Terms and 
Conditions were annexed to the Government's offer and made a part 
thereof. It is hereby covenanted that the work on the project de- 
scribed in the offer will be commenced as early as possible; and 
to complete the work with all practicable dispatch, and in any 
event by February 2, 1939. 


Section 3. That J. M. Devers, Assistant Attorney Gener- 
al for Oregon, and Attorney for the State Highway Commission of 
the State of Oregon, be and he is hereby authorized and directed 
forthwith to send to the Federal Emergency Administration of Pub- 
lic Works three certified copies of this Resolution and three cer- 
tified copies of the proceedings of this Commission in connection 
with the adoption of this Resolution and such further documents 
or proofs in connection with the acceptance of said offer as may 
be requested by the Federal Emergency Adninistration of Public 
Works. 


The resolution was duly seconded by Commissioner Tou Velle and was 
adopted with the following voting "Yes": 


Chairman Henry F, Cabell 
Commissioner E. B. Aldrich 
Comnissioner F. L. Tou Velle 


The Chairman thereupon declared said resolution carried. 


The Commission had under consideration the matter of approving @ 
supplementary, cooperative W.P.A. project on the Wilson River Highway, in 
which Tillamook County is to contribute a part of the funds. It was explained 
by the Engineer that this project will supersede projects now in force on the 
Wilson River Highway and will also increase the work to be performed to the 
extent of approximately $360,000; also, that the reason that a project is be- 
ing presented at this time is that the funds for several of the projects now 
operating will become exhausted before the first of May and it is necessary 
to submit this project to Washington as early as possible in order that work 
may continue after the first of May. The Engineer recalled that the Commis- 
sion has included in its 1939 budget the amount of $150,000 for cooperetive 
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"P, W. 86635-1 


"FEDERAL EMERGENCY ADMINISTRATION OF PUBLIC WORKS 


Washington, D. C., 
Dated: Jan 7 1959 
Docket No. Oreg. 1177-F 


"State of Oregon, by and through the 
State Highway Commission, 


Salen, Oregon. 


"1. Subject to the Terms and Conditions (PWA Form No. 230, 
as amended to the date of this Offer), which are made a part hereof, 
the United States of America hereby offers to aid in financing the 
construction of a storage and office building and storage shed near 
Klamath Falls, Klamath County, including landscaping and the ac- 
quisition of necessary land (all herein called the "Project"), by 
making a grant to the State of Oregon, by and through the State 

Commission (herein called the "Applicant"), in the ameunt 

of 45 percent of the cost of the Project upon completion, as deter- 
mined by the Federal Emergency Administrator of Public Wroks (herein 
called the "Administrator"), but not to exceed, in any event, the 
sum of $10,797. 


"2, By acceptance of this Offer the Applicant covenants to 
complete the Project with all practicable dispatch, and in any event 
by February 2, 1939. 


"3. This Offer is made subject to the express condition that, 
if the Administrator shell determine at any time that the Applicant 
has paid or agreed to pay, whether directly or indirectly, a bonus, 
commission or fee to any person, firm or corporation for attempting 
to procure an approval of the Applicant's application, or for al- 
leged services in procuring or in attempting to procure such approv- 
al, or for activities of the nature commonly known as lobbying per- 
formed or agreed to be performed in connection with the application, 
then the Administrator shall have the right, in his discretion, to 
rescind this Offer and any agreements resulting herefrom, and, in 
the event of such rescission, the United States of America shall be 
under no further obligation hereunder. 


"Z. The acceptance of this Offer by the Applicant shall effec- 
tuate a cancellation of the contract created by the acceptance of 
the Offer dated June 27, 1938, made by the United States of America 
to the Applicant: Provided, that the cancellation of such contract 
shall not impair or vitiate any acts perforned or proceedings taken 
thereunder prior to such cancellation, but such acts or proceedings 
may be continued under the contract created by the acceptance of 
this Offer. 
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A letter was presented from County Judge David F. Graham of Malheur 
County, on behalf of Mr. Robert Blayden, requesting permission to transport 
6 » 18" x 24" in dimension, over the John Day Highway from Unity to 
Vale, a distance of about 65 miles. The Commission denied the request in Ste 
view of its established policy not to permit movements that will take up the - 
entire width of the roadway and will interfere with the free use of the high- ese 
way by other traffic. , 


The Commission considered and signed agreements, et cetera, as fol- 
lows: 


Agreement with Marion County covering the matter of snow remov- 
al from the North Santiam Highway. 


Agreement with Castle Films, Inc., covering the national dis- 
tribution of a two-reel motion picture entitled "The New Oregon agate 
Trail". Gani 


Agreement with J. L. Worth, providing for the elimination of Be 
a cattle pass at Mile Post 18.2 on the John Day-Burns Highway, in ye 
Grant, County. 


Agreement with the State Game Commission relative to the de- 
claring of lakes along the Junction City-Eugene Secticn of the 
Pacific Highway wild bird and game reserves. a 


Letter directed to the United States Bureau of Public Roads, 
Portland, requesting that the road extending from the Mt. Hood 
Highway, near Government Camp, to Timberline Lodge, be officially 
designated a forest highway. 


Agreement with the Board of Water Commissioners of the City 
of Medford, providing for the lease of surplus water from the 
Medford water supply for use in the Highway Department's mainten- 
ance building, in Medford. 


Bargain and Sale Deed, conveying unto H. D. Rohde a parcel of 
land containing 5,460 sq. ft., situate in Lots 7 and 8, Block 19, ¥ 
Hackleman's Second Addition to Albany, being Right of Way Transac- ae: 
tion No. 4964. (This deed is to be substituted for a similar deed Y 
signed by the Commission on December 20, 1938, because Mrs. Rohde, 
who was one of the grantees in the previous deed, has died in the 
meantime.) 
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state expenditure ‘on this highway and advised that this new project has been 
prepared accordingly and will not increase the amount included in said budget. 
This project, he said, is a consolidation of all of the projects heretofore 
undertaken on the Wilson River Highway and represents a total estimated cost 
of $952,598.00, of which amount the state's share is approximately $152,000.00 
and the county's share’ $32,300.00, the balance being W.P.A. funds; further, 
that it is expected that the project will operate throughout the calendar year 
1939. After discussion, the Commission approved the project and authorized 
the Engineer to execute the project proposal on behalf of the Commission. 


A letter was presented from the Consolidated Freight Lines, Inc., 
requesting permission to move three truck and trailer combinations, each hav- 
ing an overall length of 55 feet, over state highways from the state line, op- 
posite Weiser, Idaho, to Portland and return. They explained that these out- 
fits are now being operated through southern Idaho into San Francisco, but 
have to be rebuilt, and they prefer to have the work done in Portland, if they 
can obtain permission to move them over the Oregon highways. Otherwise, they 
allege, it will be necessary for them to have the work done in San Francisco. 
The Engineer recommended granting the request as a temporary proposition. 
After discussion, the Commission approved the recommendation by unanimous vote 
subject to the condition that the equipment shall not be moved over the Colunm- 
bia River Highway between The Dalles and Portland, but shall be routed vise 
the Wapinitia Highway and the Mt. Hood Highway into Portland. The Secretary 
was instructed to advise the company of the action taken and to suggest that 
the trailers be moved over the Centrel Oregon Highway rather than the Old Ore- 
gon Trail, inasmuch as there is less traffic and fewer sharp curves on the 
Central Oregon Highway. 


A petition was presented, signed by 57 residents of Portland, urg- 
ing the Commission to take action as may be necessary to safeguard pedestrians 
who are obliged to cross Interstate Avenue at its intersection with Wheeler 
Place, in Portland, in order to reach street cars and trolley busses that op- 
erate on Interstate Avenue. The Engineer advised that investigation has been 
made of the situation at this intersection and it has been found that a real 
hazard does exist for people who have to cross the street in order to board 
the southbound busses, the facts being that the sigit distance for northbound 
traffic is quite short and that traffic passes this point in excess of 30 miles 
per hour. Most of the pedestrians concerned, he said, are grain handlers, 
longshoremen, et cetera, which indicates that the heavy movement of pedestfians 
is conZined to certain hours of the day, which, unfortunately, coincides with 
the time of the greatest volume of vehicular traffic, making it difficult for 
the pedestrians to cross the street through the rapidly moving vehicles. He 
estimated the volume of vehicular traffic at approximately 19,000 cars per 
day. As to remedial measures, he said, it does not appear possible to re- 
lieve the condition by the use of signs or signals, but an arrangement might 
be worked out whereby pedestrians could board the busses at North Tillamook 
Street, which is only one block from the point where they now take the busses, 
where the sight distance is much longer. It was his thought that this is @ 
city problem and accordingly suggested that the petitioners be requested to - 
consult the city officials with regard thereto. The Commission approved the 
recommendation wmanimously. 
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Portland, Oregon, January 25, 1939. 


The State Highway Commission met in regular session at 8:30 o'clock 
p. m. in Room 1205, Benson Hotel, Present were: 


Henry F. Cabell, Chairman by 
E. B. Aldrich, Commissioner | ‘ 
. - Tou Velle, ae oro a 
- B. McCullough, Assistant State Highway Engineer hl: 3 
J. M. Devers, Attorney ! 


H. B. Glaisyer, Secretary Rel: 


Mr. Alfred A. Hampson, attorney, Portland, conferred with the Com- ar 
mission relative to a bill that certain oil companies propose to introduce in ah 
the Oregon Legislature, now in session, providing recompense to dealers in XS 
motor vehicle fuel for losses that it is alleged they incur in complying with M 
the provisions of the Oregon Gasoline Tax Law. Mr. Hampson alleged that these < 
dealers incur losses in excess of 1 per cent of their sales on account of com- 
pliance with such law, being represented by overhead expense, uncollectable 
credit sales, evaporation, et cetera, and it was his thought that their claim 
for reimbursement for such losses is fully justified. He advised that there 
are * pgs that oe seenanone eh losses, 11 of which make allowances of 
from per cent. presen a@ compilation in s rt of 
and asked the Commission not to oppose the bill. — ——— 


Chairmen Cabell informed Mr. Hampson that the Highway Commission 
wishes to be fair in this matter and will give the compilation careful study, 
but the Commission is not in a position at the present time to state whether we | 
or not it will oppose the bill. Funds available to the Commission, he said, has 
are limited and must be conserved as much as possible because every dollar at 
that can be obtained is needed for highway purposes. meeti = 


The State Parks Superintendent, Mr. S. H. Boardman, was present in 
regard to the following park matters: 


Preservation of timber along the McKenzie Highway, in Lane County:- ce, 
Mr. Boardman particularly referred to the letter recetved from the Eugene Boer) 
Chamber of Commerce, in which the Commission is asked to direct a communica- Baty. . 
tion to the members of the Oregon delegation in Congress urging them to sup- Ri 
port a bill that is to be presented by Congressman James W. Mott requesting @ Byte 
special appropriation of $423,000.90 of federal funds with which to finance a 
the purchase of some 18,899 acres of privately-owmed timber land along this ce 
highway so as to preserve the natural scenery, this road being one of Oregon's b> 
most scenic highways, paralleling the McKenzie River, a nationally mown fish- a 
ing stream. The Secretary presented the Chamber of Commerce letter referred ae 
to. It was the thought of the Commission that the preservation of timber era 3 
along this highway is a worthwhile project and a fine thing to do, and that ARE: 
it would be proper to endorse the bill requesting a special appropriation of ek 
federal funds to finance the purchase of the same inasmuch as there are not 
sufficient state funds available to handle the matter. The Secretary was 
thereupon instructed to write the letters requested by the Eugene Chamber of 
Commerce. 
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Bargein and Sale Deed, conveying unto Reedsport School District 
for the sum of $15.00, 3,278 sq. ft. of land situate in Lots 6 and 
7, and the vacated portion of the alley in Block 57, all in Railroad 
Addition to Reedsport, being Right of Way Transaction No. 2837. 


The Commission discussed the matter of the date for its next regu- 
lar meeting following the meeting scheduled for January 26, and decided to 
hold such meeting on Thursday, March 2, 1939, in Portland. The Secretary was 
instructed to make the usual arrangements to hold this meeting in the Audito- 
rium of the Public Service Building. 


__ The meeting was adjourned at 4:15 o'clock p. m. 
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and Tou Velle, whereupon the Parks Superintendent was authorized to negotiate 
with the company for the same. 


Concession in the Vista House, at Crown Point:- The Parks Superin- 
tendent advised that he has investigated the complaint of W. A. Johnson, Cor- 
bett, Oregon, who conducts a restaurant at Crown Point, that the concession 
in the Vista House is being operated in direct competition with him in the 
sale of tobacco, cigars, candy, etc, and that it is Mr. Johnson's thought 
that such competition is unfair because the concessionaire in the Vista House 
does not have to pay taxes, the property in which he is operating being state- 
owned. He further advised that he has not as yet been able to contact Mr. 
Dimmitt,who holds the concession in the Vista House, so cannot report his 
views of the matter. It was the Commission's thought that the sale of tobacco ei 
and candy in the Vista House is a convenience to the public and that Mr. Dim- oo. 
mitt should be allowed to continue the same. The Parks Superintendent was in- the 
structed to ascertain definitely just what commodities Mr, Dimmitt sells and 
whether or not it would be possible and advisable to continue the concession 
on the same basis as in the past. 


Timber strips along the Wolf Creek Highway:- The Parks Superintend- bao 
ent stated that Mr. J. R. Hulbert, President of the Sunset Logging Company, aeGh by 
with whom he has been carrying on negotiations for the past six months to ac- 

quire wayside strips along the Wolf Creek Highway, advises that the company 4 
will not accept less than $5.10 per MFBM for its timber. The Commission con- Pert 
sidered this price too high and indicated that it is not interested in ac- aE 
quiring the strips on such basis. ee 


The Commission had under consideration the matter of authorizing Mr. 
C. B. McCullough, Assistant State Highway Engineer, to sign applications and 
other papers required by the Federal Government in connection with P.W.aA, +e 
projects, during the absence ef State Highway Wngineer R. H. Baldock. The rect 
following resolution in regard thereto was adopted by the Commission by unani- ziti 
mous vote upon motion of Commissioner Aldrich, which was duly seconded by Com- 
missioner Tou Velle: 


WHEREAS, the Highway Commission has heretofore by resolu- 
tion designated and appointed R. H. Baldock, the appointed, quali- af 
fied and acting State Highway Engineer, to sign applications and i 
other papers required in connection with funds made available by the a 
Federal Government through the Public Works Administration for high- 
way construction and other projects in the State of Oregon; and 


WHEREAS, the said R. H. Baldock is temporarily absent from ya 
the State of Oregon, and C. B. McCullough, Assistant State Highway s+ 
Engineer, is, during the absence of said R. H. Baldock, acting in 
his stead; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
Oregon State Highway Commission, all members being present and af- 
firmatively participating, as follows: 
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Preservation of timber along the Santiam Highway east of Cascadia:- 
The Parks Superintendent advised that the majority of the timber holdings 
fronting on this highway are owned by the Louis W. Hill interests ani that the 
United States Forest Service is now working on a plan for an exchange of gov- 
ernment-owned timber tracts for the same. He pointed out that there are two 
things that have a direct bearing on the matter of preserving the timber, one 
being the location and construction of the dam that is proposed in connection 
with the Willamette Velley Flood Control Project, and the other the permanent 
location of the highway. It was his thought that until these two projects 
are properly defined, the acquisition of the timber will have to be held in 
abeyance. After discussion, the Commission ordered that Mr. C. J.- Buck, Re- 
gional Forester, United States Forest Service, be informed that the Commission 
is very anxious that the timber along this highway be preserved, and endorses 
any plan that the Forest Service may have in mind to that end, particularly 
within the national forest boundaries, but the Commission is not in a position 
at the present time to make any definite commitment as to the timber located 
outside of the national forest boundaries, because it does not know where the 
highway will be permanently located and because the Commission has only.a very 
limited amount of money to spend for purchase of timber tracts. 


Publication of booklets containing information relative to outs tand- 
ing trees located at various points throughout the state:- The Parks Superin- 
tendent advised that Professor T. J. Starker of the School of Forestry, Oregon 
State College, has compiled a list of outstanding trees throughout the state 
and has made inquiry as to whether or not the Highway Commission is interested 
and would assume the cost of publishing a booklet describing such trees and 
informing the general public where they may be seen. It was the thought of 
the Commission that the dissemination of such information would be of consid- 
erable interest to the public if it were limited to trees that are located 
within a reasonable distance of state highway rights of way. Further, that 
if the information were so limited, it could be contained in a small pamphlet ~ 
to be distributed at small expense, as are similar pamphlets, through the 
Travel and Information Department. The Parks Superintendent was thereupon 
instructed to consult with Professor Starker and the Director of the Travel 
and Information Department in regard thereto. 


Preservation of timber strips along the Salmon River Highway:- Tte 

Parks Superintendent advised that the Miami Corporation, omer of timber in 
which the Commission has previously been interested, has offered to sell 
strips along this highway on the basis of payment of $4.00 per MFBM, the pur- 
chase price to be paid within a 3-year period without interest being charged 
on the unpaid amounts. He said that this.company owns timber both east and 
west of the tract that the state already owns in the vicinity of a place known 
as Boyer. In the discussion of this matter it was brought out that a consid- 
erable portion of the timber on the strips to the west of the property that 
the state now owns has been cut, but that is not true of the timber dn the stripe 

to the east of the state-owned property. Chairman Cabell gave as his 
thought that the Commission does not have sufficient funds to finance the 
acquisition of both tracts and suggested that negotiations be carried on with 
the company for the acquisition of the tract that lies east of the property 
that the state now oms. The suggestion was approved by Commissioners Aldrich 


8626 | 
hy bal 
rela 
eh 'f 
project, because it will eliminate the worst section of the present road be- aay y 
ee and Glide. The Commission approved the recommendation unani- ‘ 7, 
mously. 46 
Petition requesting the oiling of the Albany-Lyons Secondary Highway MY 
in Linn County, between Reiley's Corner and Scio:~ The Commission deferred oH 
its decision with respect to this project util the Fiscal Year 1940 Federal her 


Aid Secondary Highway Program is arranged. 


Request of Union County Court for change in plans for the improve- 
ment of the North Powder River Road, in Union County, to provide for the grad- oe 
ing and surfacing of a 4- or 5-mile section of this road rather than the oil- a 
ing of a l#-mile section, for which the sum of $15,000 has previously been ee 
budgeted:- The Commission by unanimous vote approved the change and also de- eg 
cided to increase the budgeted amount to $20,000 if the entire section can be 
graded and surfaced for such sum, but not otherwise. 


s 
> 

Request for the completion of the improvement of the Little Nestucca 
Secondary Highway, in Tillamook County:- The Engineer advised that to com- ; F 
plete the reconstruction of this highway to modern standards, including bridges, Sts Fs 
will cost approximately $300,000.00. In view of the expense involved, the Com- ‘9 ik 
mission decided not to consider this project now. (This matter was discussed I 4 
with the Tillamook County Court on the following day, at which time the Commis- ot. & 
sion ordered an investigation of the project to ascertain whether or not the satay o 
road could be put in passable condition for traffic at small cost.) 

- 


Request of Wasco County Court for substitution of the Lower Fifteen 
Mile Creek Road for the Chenoweth Road in the Commission's federal aid second- 
ary highway program for Wasco County:- The Engineer recommended such substi- 
tution of projects because, he said, the most importamt section of the Cheno- 
weth Road has already been constructed and, in his estimation, more benefits ES 3 
would be derived from the improvement of the northerly end of the Lower Fif- eae 
teen Mile Creek Road than from the improvement of an additional section of the 5 ME 
Chenoweth Road. In view of the report, the Commission approved such substi- a i 
tution of projects by unanimous vote. Fy z, 


Request of The Dalles Chamber of Commerce for improvement of the sec- 4 
ondary state highway between Condon and Wasco, in Gilliam and Sherman Coun- % a HF 
ties:- The Commission deferred action on this matter for the time being. (A ae ee 
delegation a ed before the Commission on the following day in regard to ‘a 1 | 
this project. 


Request of Deschutes County Court for the improvement of the Butler 
Market Road northeasterly from Bend:- The Commission decided to give this ay 
project priority over others in the formulation of its construction program Bert: 


for Fiscal Year 1940 Federal Aid Secondary Highway Funds. yy: 
s 3 

Resolutions from several Clatsop and Columbie County granges urging a 4 

additional improvements to Nehalem Secondary Highway between Jewell and Mist:- a a 


The Engineer pointed out that the Commission has already tentatively budgeted 
$71,000.00 for oiling on this section, which should pay for oiling from Jewell ay 
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1, That C. B. McCullough, Assistant State Highway Engineer, and 
now Acting State Highway Engineer, be and he hereby is authorized to 
sign applications and other papers required by the Federal Government 
in connection with funds made available through the Public Works Admin- 
istration for highway construction and other public projects in Oregon. 


2. That applications and other papers heretofore signed by said 
C. B. McCullough in connection with P.W.A. projects hereby are rati- 
fied and affirmed. 


3. That this resolution be entered in the records and minutes 
of the Commission as of the twenty-fifth day of January, 1939. 


The Commission discussed numerous requests as follows for federal 
aid secondary highwey improvements: 


Request of the Sherman County Court for the substitution of the Er- 
skine Road for the Moro-Hay Canyon project to which the Commission has tente- 
tively allocated the amount of $10,000.00:- The Engineer re;»rted receipt of 
a letter from the Sherman County Court to the effect that Sherman County can- 
not finance the acquisition of the right of way needed for the Erskine Road, 
so has decided to withdraw its request for the substitution of projects and 
will now be satisfied with the improvement of the Moro-Hay Canyon Section, in 
accordance with the original plan. He accordingly recommended the retention 
of the Moro-Hey Canyon project in the Commission's progrem. The Commission 
approved the recommendation unanimously. ‘ 


Construction of the Oak Hill-Veneta County Road Project, in Lane 
County:- The Engineer advised that the Lane County Court has approved the 
elimination of this project from the federal aid secondary highway program 
and the substitution therefor of another section, 4s was tentatively proposed 
by the Commission at the previous meeting. The Commission thereupon author- 
{zed such substitution of projects if such substitution should become neces- 
sary, but agreed to transfer the 1938 PAS allotments on this road to the 1939 
FAS program in order to afford more time in which to ascertain the plans of 
the Army Engineers for the construction of the Willamette Valley Flood Con- 
trol Dam which is proposed at this location. 


. Request of Tillamook County Court for the oiling of the following 
at county roads in Tillamook County:- Tillamook-Netarts Road, Wilson River Loop 
“ie Road, and Pairview-Clemens Corner Road. The Commission by unanimous vote con- 

at firmed its previous decision to retain these projects in the federal aid sec- 

ian ondary highway program, for construction during 1939. 


: iy i Request of Douglas County Court for the improvement of an additional 
aos section of the North Umpqua County Road easterly from the section that was 
4 "4 completed last season, rather than the improvement of a section westerly from 


such completed section, as was originally proposed. The Engineer advised 
that the Commission has tentatively budgeted $20,000.00 of federal aid second- 
ary highway funds to finance & project on this road toward Roseburg from the 
de project that was completed last year. To construct the project requested by 
te the County Court, he said, will cost about $28,000.00. He recommended approv- 
it al of the Court's request, notwithstanding the fact that that is a more expensive 
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1938 FAS PROGRAM (State Highways) 


_ Add to this program the following projects to take up the 
balance of $100,000: 


Williams Secondary Highway, surfacing and oiling $30,000 
Cape Arago Secondary Highway, grading, surfacing and oiling 40,000 
Little Butte Creek Secondary Highway, grad., Surf., oil. 30,000 


1938 FAS PROGRAM (County Roads) 


Transfer from this program to the 1939 FAS program for 
county roads the Oak Hill-Veneta grading project, $30,000, 
and substitute therefor from the 1939 BAS program for 
county roads the grading, surfacing, and oiling of the 
Falls City Road - $27,000.00. 


1939 FAS PROGRAM (State Highways) 
Give final approval to the following projects to complete 
this program: 
Hood River Secondary Highway, grading, surfacing, oiling $38,000 
Kings Valley Secondary Highway, " ” bs 30,000 


1939 FAS PROGRAM (County Roads) 


Give final approval to the following projects tc complete 


this program: 
Hillsboro-Cornelius Pass, grading, surfacing,amd oiling $20,000 
Section Line-Hosner, surfacing and oiling 46,000 
Silverton Road, grading and paving 37,000 
Wald o-Holland, bridge 12,000 
Butte Falls Road, surfacing and oiling 20,000 
Moro-Hay Canyon Road, grading and surfacing 10,000 
Oak Hill-Veneta Road, grading 25,000 


Oak Hill-Veneta grading, transferred from 1938 FAS program 30,000 
Transfer from this program to the 1938 FAS Program for 
county roads the grading, surfacing, and oiling of the 
Falls City County Road 27,000 
Eliminate from this program the following projects: 


Canby-Marquam Road, oiling 25,000 
Chenoweth Road, grading, surfacing, and oiling 16,000 


Increase allocations for the following projects: 


Eagle Creek-Dover, surf. and oil., increase from $15,000 to 40,000 
North Umpqua Highway, grad.,surf.,oil, 0 m $20,000 " 28,000 
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to approximately Birkenfeld. He further stated that the oiling of the Birken- 
feld-Mist Section involves considerable high-cost reconstruction, which the 
Commission previously decided to defer because of lack of funds to finance 
the work. The Commission decided unanimously to adhere to its previous de- 
cision with respect to this road for reasons stated by the Engineer, it being 
the Commission's thought that it could not allocate additional funds to this 
district now without being unfair to the other districts of the state. 


Requests for the improvement of the Hillsboro-Silverton Secondary 
Highway from Scholls to a connection with the improved portion north of liew- 
berg:- The Commission deferred a decision with respect to this project. 


Request for the improvement of the Weston-Elgin Secondary Highway 
in Umatilla County:- The Commission decided that the $45,000 of Forest High- 
way funds that have been allocated for the oiling of a 5-mile section of this 
road west from Langdon Lake is all that it can provide for this road at the 
present time; however, the oiling of an additional section is to be gtven con- 
‘gideration in the formulation of a construction program for fiscal year 1940 
federal aid secondary highway funds. . 


Request of Union High School District, Estacada, for improvement of 
the Woodburn-Mt. Hood Loop Secondary Highway in front of the high school 
building in Estacada: The Engineer was instructed by the Commission to make 
further investigation of this project and report his findings at the next 
meeting. 


Request of the Businessmen's Club of Mt. Angel for the construction 
of a new connection of the Hillsboro-Woodburn Secondary Highway with the Pa- 
cific Highway, in Woodburn:- The Commission deferred action on this matter 
until its 1940 budget for secondary highway projects is arranged. 


Request .of the Clackamas County Court for elimination oi the oiling 
project on the Canby-Marquam Road from the federal aid secondary highway pro- 
gram and the reallocation of the funds set up therefor, amounting to $25,000, 
to pay for additional oiling work on the Eagle Creek-Dover County Road, 
by providing for a project on this road costing $40,000:- The Mngineer ad- 
vised that the Clackamas County Court has plans for the improvement of the 
Canby-Marquam Road with county forces and prefers that the state spend its 
money for the improvement of the Eagle Creek-Dover Road. He recommended such 
transfer of funds, in view of the fact that there is 4 possibility that the 
state secondary highway will be routed along such road at some future dete. 
The Commission approved the recommendation unanimously. 


The Commission discussed and by unanimous vote approved revisions 
as follows in the several federal aid programs in order to take up the bal- 


ances remaining in each: 
1936 WPGS PROGRAM 


Add to this program the Lobert grade separation project, 
structure only, to take up the balance of $35,000.00. 
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thereon for a future meeting. The Secretary was instructed to keep a list of 
all of the projects that have been requested for this program, for considera- 
tion by the Commission at such time. 


The Commission had under discussion requests for the following mis- 
cellaneous improvements: 


Letter from Ed W. Miller, Manager, Oregon Coast Highway Association, 
urging the improvement of the Oregon Coast Highway between North Bend and 
Marshfield as a priority project when the Bunker Hill Section and the Coal- 
bank Slough Bridge, just south of Marshfield, have been completed:- The Sec- 
retary was instructed to list this project along with others for considera- 
tion by the Commission when the next program for federal aid projects is ar- 


Request of the John Day Highway Improvement Association for the re- 
construction of the Mule Shoe Creek Bridge Section of the John Day Highway:- 
The Engineer estimated that it would cost about $22,000 to reconstruct the 
highway on permanent alignment and to erect a new bridge structure thereon. 
The Commission indicated that it would place this project in the construction 
program for the fiscal year 1940 federal aid funds, and instructed the Secre- 
tary to list it along with others for consideration when such program is ar- 
ranged. The Engineer was instructed to make immediate repairs to the exist- 
ing bridge structure so as to make it safe for travel in the meantime. 


Request of the city of The Dalles for state aid in filling in the 
right of way of the Columbia River Highway in front of the city's proposed 
civic building and natatorium near the west city limits:- The Commission in- 
structed the Engineer to make a thorough investigation of this matter and re- 
port at the next meeting. 


Request of the Marion County Court for the construction of a rail- 
road grade elimination project on the county road known as the River Road, 
south of Salem:- Action on this matter was deferred by the Commission for the 
reason that its current program for projects of this kind has already been pre- 
pared and funds are not available to finance additional projects in such pro- 
gre::. Furthermore, the first unallocated money which could be used for addi- 
ti: 21 projects is the fiscal year 1940 funds, which are quite limited. In 
this connection, the Engineer pointed out that it would be possible to elimin- 
ate +nis crossing and another one on the Oregon Electric line at Orville by 
changing the alignment of the highway so as to keep the road entirely on the 
west side of the railroad between these crossings. He was instructed to con- 
vey such information to the Marion County Court and to advise the Court also 
the reason that the Commission is unable to consider its project at the pres- 
ent time. 


Request for the paving of the unpaved portions of Lombard Street, 
Portland, between Vancouver Avenue and the west end of the Northeast Portland 
Secondary Highway:- Action on this matter was deferred pending personal in- 
spection of the project by Chairman Cabell. 
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(1939 FAS Program, County Roads, continued) 


Substitute for the Chenoweth Road Project, in Wasco County, 
the surfacing and oiling of the Lower Fifteen Mile Creek 


Road, $16,000 
1939 FEDERAL AID 2ROGRAM 
Give final approval to the followirg roadside improvement 
projects: 
Astoria $ 4,000 
Awbrey-Bugene ’ 
Roseburg 3,000 
Medford 4,000 
Summer Lake 5,00 
Stanfield-Pendleton 3,000 


North Powder-Muddy Creek 4,800 


The Engineer was authorized and instructed to submit such revised 
programs to the United States Bureau of Public Roads for final approval. 


Consideration was given by the Commission to the selection of proj- 
ects to be contracted at its next meeting, scheduled to be held on March 2, 
1939. After discussion, the Commission, by unanimous vote, approved the 
projects that were selected et the meeting held on January 13, 1939, with the 
following changes: 


The taking of bids for the Interstate Avenue lighting project in 
Portland was deferred. 


Plans for the North Powder-North Powder River Road, in Union 
County, were changed to eliminate the oiling work and to extend 
the surfacing work as far as possible with the $15,000 heretofore 
allocated for such work. The Commission also approved increasing 
the allotment to this project to $20,000 in the event that the in- 
creased amount will finance the entire surfacing project. 


The amount of $35,000 previously set up for grading, surfacing and 
oiling the Cove Road, in Union County, was increased to $38,000 in 
order to finance a short extension of this project through the 
town of Cove. 


The Engineer was authorized by the Commission to advertise such 
projects for bids to be received on March 2, 1939, it being understood, how- 
ever that other projects heretofore approved by the Commission for construc- 
tion may be substituted for some in this list, if that is deemed advisable. 


The Commission discussed briefly the selection of projects for the 
fiscal year 1940 federal aid secondary highway funds, but deferred action 
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structure would cost about $75,000, and that it would cost an additional 
$10,000 to grade, surface, and oil the approaches to the existing road. after 
considerable discussion, the Commission approved the Engineer's recommendation 
by unanimous vote and authorized him to advertise this project for bids to be 
received as soon 4s plans can be prepared for the same. Funds to finance the 
project are to be temporarily transferred from the $150,000 of 1939 federal 
aid fuwads which heretofore have been tentatively budgeted by the Commission 

to finance paving work on the Clackamas County Line-Hubbard Section of the 
West Portland-Hubbard Secondary Highway. 


In this connection the Engineer also recommended the adoption by 
the Commission of a 15-mile per hour speed limit across the existing bridge, 
and, in addition thereto, that appropriate signs be posted on the structure Lite 
requiring one-way traffic for all trucks. The Commission approved the recom- iz 5E 
mendation and by unanimous vote adopted the following resolution in regard 
thereto: 
ORDER REDUCING MAXIMUM SPEED LIMIT ON THE WILSON RIVER BRIDGE 
EAST OF TILLAMOOK AND PROVIDING ONE-WAY TRAFFIC FOR TRUCKS 
WHEREAS, the highway known and designated as the Wilson 
River Highway is a state highway and therefore a highway under the 
jurisdiction and control of the State Highway Commission; and 


WHEREAS, said highway crosses Wilson River at a point 5.8 
miles east of Tillamook, across which river there has been con- 
stricted and is being maintained and used a bridge; and 


WHEREAS, the State Highway Commission, after due investi- 
gation, has determined and found that said structure cannot with 
saiety to the traveling public sustain vehicles traveling at speeds 

‘ permitted under Section 55-2201, Oregon Code 1935 Supplement; and 


WHEREAS, it is the judgment of the Commission that be- 
cause of the condition of said bridge the maximum speed permitted 
on said bridge should be fixed at fifteen miles per hour and it is 
further the opinion of the Commission that a one-way traffic regu- 
lation for trucks using said bridge should be established; 


NOW, THEREFORE, IT IS HEREBY ORDERED that the maximum : 
speed permitted for motor vehicles crossing the bridge over Wilson ce 
River at a point approximately 5.8 miles east of Tillamook shall be ‘g 
and is fifteen miles per hour. 


IT IS FURTHER ORDERED that trucks using said bridge shall 
be confined to one-way traffic during the period for which this or- 
der is in effect. 


IT IS FURTHER ORDERED that the restrictions and regula- a 
tions fixed in this order shall be in full force and effect from the * 
25th day of January, 1939, until rescinded, modified, or revoked by 

order of the State Highway Commission. 


an 
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Improvement of the Oregon-Washington Highway through the town of Mil- 
ton, in Umatilla County, and the elimination of the curve at the south en- 
trance of the highway into this town:- The Engineer estimated that it would 
cost about $15,500 to widen the pavement on Main Street (state highway route) 
for the 5 or 6 blocks requested, and to widen the present 20-foot surfacing 
from the end of Main Street to Freewater Street, which work would include the 
construction of curbs. The project would cost about $9,000, he said, if the 
curbs were eliminated. He further advised that it would cost about $7,000 to 
improve the curve at the south entrance to Milton. The Commission deferred 
action on these projects for the time being and instructed the Secretary to 
include them in the list of projects for consideration when the next construc- 


tion program is arranged. 


Request of the Klamath County Chamber of Commerce for improvement 
of the road which extends south from the Willamette Highway, near Odell Lake, 
to Crescent Lake:- The Engineer advised that the Chamber of Commerce is ask- 
ing that a portion of the $50,000 of Forest Highway funds that have been bud- 
geted for the construction of the north end of the Cascade Lakes Forest High- 
way be trensferred to finance improvement of the road leading to Crescent Lake 
from the Willamette Highway. The Commission denie? the request for the im- 
mediate improvement of this road because the Forest Highwey Program has al- 
ready been arranged and it is too late now to change it, and for the further 
reason that there are no funds available to finance the project. 


Request of the town of Halsey for continuance of the reconstruction 
of the Pacific Highway into and through the town of Halsey:- The Engineer ad- 
vised that wher. the reconstruction of the said Halsey section of this highway 
was commenced it was planned to make a continuous yearly appropriation until 
the improvement had reached Harrisburg, but the Commission has been unable to 
adhere to this plan because of lack of funds to finance the work. He estimat- 
ed that the minimum project that could be economically constructed at this 
point would cost about $60,000. The Commission deferred action on this proj- 
ect pending the formulation of its construction program for the fiscal year 
1940 federal aid funds. The Secretary was instructed to list this project 
along with others for consideration by the Commission at that time. 


The Engineer reported that the Mills Bridge over the Wilson River 
on the Wilson River Highway, 5.8 miles east of Tillamook, was severely dam- 
aged recently by an overhanging load on a logging truck, rendering it unsafe 
for traffic. This bridge, he said, is an old structure which was moved from 
the Nestucca River a number of years ago by Tillamock County, and inspection 
of the same reveals that it has been damaged by traffic several times in the 
past; in fact, that there is an old break in the structure which reises the 
question whether or not it couid be repaired and restored to a condition for 
unrestricted loads. A temporary 3-ton load limit, he said, has been placed 
on the bridge and will be maintained until all temporary repairs are finished. 
; He gave as his thought that the expense of reconditioning the bridge for legal 
mid limit loads is not justified, in view of the large volume of traffic that the 
owe road will eventually carry and the heavy log hauling that is now being carried 
on over this road. He recommended, therefore, that an entirely new structure 
eis be built at once, on permanent alignment. He estimated that such permanent 
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Portland, Oregon, January 26, 1939 


The State Highway Commission reconvened at 9:00 o'clock a. m. in 
the auditorium of the Public Service Building. Present were: 


Henry F. Cabell, Chairman 

E. B. Aldrich, Commissioner 

F. L. Tou Velle, Commissioner 

C. B. McCullough, Assistant State Highway Engineer 
J. M. Devers. Attorney 

H. B. Glaisyer, Secretary 


Bids as follows for highway construction projects and for the sale i 
of buildings were opened and read in conformance with previously published eS 


novices : 
PACIFIC HIGHWAY EaST 
NORTH UNIT, OREGON CITY SECTION - GRADING AND PAVING 
Using Road Oil Using Tar 
Leonard & Slate $ 53,974.50 $ 53,974.50 
Mountain States Construction ageey ---- 54,194.00 
Jacobsen-Jensen Company . 54,605.00 ---- 
Edlefsen-Weygandt Company ---- 59,478.50 
Parker-Schram Company 59,591.50 et onal 
Harold Blake ---- 64,146.50 
Oregon Contracting Company . 65,0€5.50 65,065.50 
; PACIFIC HIGHWAY EAST 
ABERNETHY CREEK BRIDGE, IN OREGON CITY a 
Odom Construction Company $ 18,801.00 : 
Contracting & Sales Company, Inc. 19,205.00 4 
Averill & Corbin 19,595.00 Ri 
Dolan Construction Company 20,508.00 3 
Edlefsen-Weygandt Company 22,137.00 ay 
McNutt Bros. 22,860.00 aa 
Birkemeier & Saremal 24,078.00 yi 
Leonard & Slate 24,684.00 Boy, 
Oregon Contracting Company 25,228.00 mm 
WOLF CREEK HIGIWAY 
BRIDGE OVER NEHALEM RIVER 
Mountain States Construction Company $111,420.00 
Kuckenberg Construction Company 121,480.00 
C. J. Montag & Sons 127,450.00 
Oregon Contracting Company 129,260.00 
McNutt Bros. 130,650.00 SABE 
Birkemeier & Saremal 146,810.00 Bt |g 
Gilpin Construction Company 162,385.00 ai 
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IT IS FURTHER ORDERED, that a notice be pocted in a con- 
spicuous manner and place at each end of the above-named bridge 
structure so that said notice can be readily seen and read, which 
notice shall state plainly the limitations and prohibitions of the 
traffic hereby in this order determined and fixed. 


AND BE IT FURTHER ORDERED that a certified copy of this 
order be furnished to the County Clerk of the county in which the 
said bridge is located and that a certified copy of this order be 
furnished to the Superintendent of the Department of State Police 
for his information. 


The Engineer brought up for discussion the complaint of the Kirk-~ 
patrick Aivertising Agency relative to the handling of publicity matters in 
connection with the Highway Commission's Travel and Information Department. 
It appears that this agency feels that it has been discriminated against in 
the matter of handling the Highway Department's publicity affairs and al- 
leges that it has not been given an opportunity to submit an offer to handle 
this work, and that Botsford, Constantim & Gardner were employed to handle 
this feature without any consideration being given to other agencies. The 
Engineer advised that the allegations of the Kirkpatrick Advertising Agency 
are not based on fact because the matter of selecting an advertising agency 
to handle the Commission's advertising work was given careful consideration 
by the Advisory Committee at the time of its annual meeting, several agencies 
being discussed, and it was decided at that time to let Botsford, Constantine 
& Gardner handle it for another year, when the matter is to be reconsidered. 
He stated further that the Kirkpatrick Agency wants to discuss this matter 
with the Highway Commission. After discussion, the Engineer was instructed 
to take this matter up with the individual members of the Advisory Committee, 
inasmuch as the committee as a whole will not meet for some time and because 
the Commission relies entirely on this Committee for advice concerning pub- 
licity matters. The Commission indicated that it would approve any action 
that the Advisory Committee may take on the matter. 


In this connection suggestion was made by Commissioner Aldrich 
that the membership cf the Advisory Board be enlarged to include, possibly, 
a representative of the Oregonian, Portland, and of the Corvallis Gazette- 
Times. Chairman Cabell and Commissioner Tou Velle concurred, whereupon the 
matter was referred to the Engineer for handling. 


The Commission discussed with the Attorney the provisions of a pro- 
posed bill that is to be presented to the Oregon Legislature, now in session, 
which has for its purpose the codifying of the Oregon highway laws. The pro- 
posed bill was approved by the Commission by unanimous vote, subject to minor 
revisions. 


The Commission adjourned at 12:00 o'clock midnight, to reconvene 
on the following morning in the auditorium of the Public Service Building. 
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PACIFIC HIGHWAY EAST 
ALBANY OVERCROSSING SECTION - GRADING AND PAVING 


Roy L. Houck . 
Slate Construction 
Mountain States Construction Company 


Oregon Contracting Company 

Hauser Construction Company 

Joplin & Eldon 

Birkemeier & Saremal 

Kern & Kibbe 209,198.20 


I.0.N. SECONDARY HIGHWAY 
TUDOR RANCH-BLUE MOUNTAIN PASS SECTION - GRADING 


M. L. O'Neil & Son $ 86,628.75 


H. E. Cornell 88,645.00 
E. C. Hall Company 90,319.00 
Leonard & Slate 

Dan J. Cavanagh 

J. C. Papin 

Dodge Construction Company 

E. L. Gates 

Fredericksen & Westbrook 

Parker-Schram Company 

Triengle Construction Company 

McNutt Bros. 

Joplin & Eldon 


SALE OF BUILDING IN OREGON CITY 


Building No. 6468 
(Known as Pope Property) 


Vv. M. Howard 
Sullivan Wrecking Company 
Glenn E. Dale 


F BUILDING A BEACH 


Building No. 5739 (Former Owner I. F. Raymond) 
W. A. Alexander $42.00 
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WOLF CREEK HIGHWAY 


NECANICUM-NEHALEM RIVER SECTION - SURFACING AND BITUMINOUS MACADAM, 


CRUSHED ROCK 
, Using Road 01) 

Edwin C. Gerber $123,187.50 
McNutt Bros. 125,573.80 
Mountain States Construction Company 126,157.50 
Babler Bros. ---- 

R. O. Dail & Warren Bros., Inc. 136,245.00 
Homer G. Johnson 136,291.80 
Roy L. Houck 137,186.00 
J. C. Compton and Saxton, Looney & Risley 139,637.55 
Newport Construction Company & Kern & Kibbe 140,971.70 
A. Milne 148, 854.00 
Warren Northwest, Inc. 149,983.50 
Joplin & Eldon 150,330.00 
E. C, Hall 160,336.50 
A. C. Greenwood Company, Inc. 167, 758.00 


MT. HOOD HIGHWAY 
POLALLIE CREEK-HOOD RIVER SECTION - CRUSHED ROCK 


Van Cleave & Van Cleave 

A. S. Wallace 

R. O. Dail & Warren Bros., Inc. 
Dolan Construction Company 
Homer G. Johnson 


* Bid irregular, as the bend was not signed by the contractor 


PACIFIC HIGHWAY EAST 
ALBANY OVERCROSSING, AT ALBANY 


Mountain States Construction Company 
K. L. Goulter 

C. J. Montag & Sons 

Roy L. Houck 

McNutt Bros. 

Harold Blake 

Birkeweier & Sarema1 

George H. Buckler 

Portland Bridge Company 
Oregon Contracting Company 
Leonard & Slate 

Gilpin Construction Company 
Kern & Kibbe 


Using Ter 


125,908.40 


133,351.00 
136,519.00 
136, 594.40 


$135,970.00 
137.250.80 
142,112.50 
142,152.00 
144,061.50 
146,216.75 
153,635.00 
156,046.00 
156,981.00 
158,380.00 
158,942.50 
159,752.50 
199,231.00 
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the Commission to place this project in the program for construction in 1939. 
He was informed by Chairman Cabell that it would not be possible to rebuild 
this section this year because there are no funds available to finance it, 
and that the earliest moneys that could be used for such purpose are 1940 
federal aid funds, for which no program has been arranged because there are 
no state moneys to match them. The Commission will be pleased to consider 
this project, he added, along with others at the proper time. Mr. Telford 
advised that they are particularly anxious to secure this project because it 
will eliminate two dangerous railroad crossings where numerous fatal acci- 
dents have occurred. He also stated that they are not urging the construc- 
tion along eny particular route but will be satisfied with any route that 
the Highway Commission selects. 


A delegation consisting of County Judge A. R. Bowman, of Crook Coun- 
ty; County Judge W. R. Cook, of Jefferson County; County Judge Nelson B, 
Higgs, of Harney County; and County Commissioner William Baer, of Deschutes 
County, was present. Judge Cook asked for additional improvements on the 
Warm Springs Highway in the vicinity of He He Butte, and also for the con- 
struction of the Madras-Prineville Section of such highway. He was informed 
by Chairman Cabell that the Commission has it in mind to construct another 
section of this road north of Warm Springs Agency, particularly from the 
junction of the Shimmasha Road to the junction with the Bear Springs Road, 
but cannot state definitely at this time when the work will be placed under 
contract, as it is a matter of availability of funds to finance the work. He 
explained that this road is not on the federal aid highway system and so is 
not eligible for federal aid funds, and the only funds available to the Com- 
mission for this project, other than state funds, ere those provided by the 
Federal Government for improvement of roads across public lands; and, due to 
the fact that such funds are very limited this year, it does not appear that 
the Commission can put on 4 very large project. The same condition obtains, 
he said, with respect to the road between Madras and Prineville. The Commis- 
sion is now securing suggestions for tre 1940 funds, he added, and will be 
glad to consider this project along with others in the formulation of the pro- 
gram for the same, but that is all the encouragement that can be given today. 


Judge Bowman also urged an allocation of federal aid secondary high- 
way funds for the improvement of the road between Madras and Prineville, par- 
ticularly the section north from Prineville to the railroad overcrossing. 


Judge Cook then asked the Commission to surface the 2-mile section 
of the Warm Springs Highway from the end of the present surfacing contract to 
the Deschutes River Bridge, which work was left out of the contract completed 
last season and is all that is needed to complete the surfacing on this road 
from Madras to the Deschutes River. Chairman Cabell advised that the Commis- 
sion will be pleased to keep this project in mind but is not in a position to- 
day to male any definite commitment thereto because of the shortege of funds. 


Judge Higgs inquired as to the plans of the Commission for the con- 
struction of an oasis in honor of the late William Hanley. He said that the 
people of Burns who are particularly interested in this project are not satis- 
fied with the naming of the oasis at Brothers in honor of Mr. Hanley, and that 
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Chairman Cabell announced that the award of contracts and the sale of the 
buildings would be made at 3:00 o'clock p. m. in the same room. 


The following members of the Clackamas County Planning Board were 
present in regard to the mooring of boats in the Willamette River at the foot 
of Sth Street and 10th Street, in Oregon City: Wallace R. Telford, Chairman 
of the Board, and W: F. Haberlach, Member, and J. E. Coleman, President, of 
the Clackamas County Sportsmen's Association. Mr. Telford was spokesman for 
the group. He advised that salmon fishing in the Willamette River opposite 
Oregon City is a very popular sport, engaged in by hundreds of fishermen dur- 
ing the salmon fishing season, and that these fishermen have for years moored 
their boats along the waterfront between 8th and 11th Streets, but recently 
were ordered by a representative of the State Highway Commission to discon- 
tinue this practice. He urged the Commission to reconsider its action and 
to allow the present moorage facilities to be continued because there is no 
other place slong the waterfront within 4 reasonable distance where boats can 
be tied. He also asked the Commission to provide some means for the fisher- 
men to cross underneath Water Street, which is the new state highway route, 
at 8th Street and between l0th Street and llth Street, so that pedestrians 
may cross this highway in going to and from the docks without being subjected 
to the dangers of highway traffic. He explained that they propose to main- 
tain, if possible, a floating dock with locker and boat moorage facilities 
for the benefit of the fishermen, and would like to have an underpass between 
10th Street and llth Street with convenient steps leading to the floating 
dock. The crossing at 8th Street, he seid, would be a simple matter because 
the plans of the Commission call for 4 viaduct at such location and it would 
not be necessary to arrange for a special crossing at such place. 


Chairman Cabell advised that the Commission has gone on record as 
being opposed to the granting of moorage rights to squatters and individuals. 
However, it might be justified in granting such rights for a public conven- 
ience. He explained that the Commission does not own the moorage rights at 
the foot of 8th Street, although it does own such rights between 10th and 
llth Streets. Mr. Telford stated that they are particularly interested in 
securing the moorage right in order that fishermen may continue to enjoy the 
salmon fishing sport. 


After considerable discussion, the Commission referred the matter 
to the Engineer with instructions to investigate the feasibility of construct- 
ing pedestrian ways under and across the highway right of way, and to report 
his findings at the earliest opportunity. The Engineer wes also instructed 
to look into the matter of the feasibility of permitting the present floating 
dock to be used for one more fishing season, provided it does not interfere 
with the highway construction work that is contemplated under the contrect 
that is to be let today. Mr. Telford presented a resolution adopted by the 
Clackamas County Planning Board and a petition signed by the Clackamas County 
Sportsmen's Association and numerous citizens of Oregon City in support of 
the oral request. 


The matter of reconstructing the 82nd Street highway between Pope 
Hill and Oregon City was also brought up for discussion. Mr. Telford urged 
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that the Commission would take the matter under advisement and would give him 
an answer as soon as possible. 


At 23:00 o'clock p. m. a delegation from Hood River County appeared 
before the Commission relative to the completion of the oiling of the Hood 
River Secondary Highway between Dee and Hood River. Members of the delega- 
tion were County Judge C. D. Nickelsen and County Commissioners R. W. Perry 
and R. Waldo Arens, representing Hood River County Court; Rory. Collins and 
Ray Hazeltine, representing the Hood River Progressive Club. They asked for 
the completion of the oiling of this section at the earliest possible time. 
They were informed by Chairman Cabell that the Commission has budgeted an 
amount of $38,000 for this project and expects to award a contract for the 


work at the March meeting of the Commission unless something should develop it a 


in the meantime to require its postponement. 


County Commissioner Perry inquired as to ‘the Commission's plans for at 
the construction of the proposed revision of the Mt. Hood Highway at Fike's “atk 
Corner. Chairman Cabell explained the status of the Commission's finances Fatt if 


and advised that it seems impossible to place this project in the program for 
early construction, but the Commission will be glad to consider it in the for- i 
mulation of the 1940 program. Commissioner Perry then asked for the improve- * 
ment of the county road which extends westerly from the Mt. Hood Highway at 
through the town of Odell to a connection with the Hood River Secondary High- 4 
way, and advised that this project is the County Court's first choice for the 


next federal aid secondary highway funds that are allotted to Hood River Coun- | 
ty. He was informed that the Commission would keep this project in mind. 4 
Mr. Dewey Gault, Portland, came before the Commission in regard to fi 
the construction of an approach road from his property located east of E: 
the Pacific Highway at the junction of Union and Denver Avenues, Portland. f 


He asserte* that he must have an outlet from his property and would be obliged ; 
to construct a direct approach to the highway unless some other solution can | 
be found. He indicated that he would resort to legal process in order to se- Me 

cure the same, if necessary. Chairman Cabell advised that the Commission has bis 
plans for a traffic separation project at this location but the construction e 
of the same involves more money than the Commission has to spare at the pres- ze 


ent time; so, of necessity, the Commission has to defer it. A direct approach eek 
to the highway, he said, will cause too great a hazard to traffic on the Co- oe 
lumbia River Highway; but, if Mr. Gault intends to resort to legal proceedings as 
in order to secure the same, that is his prerogative and the Commission cannot z 


stop him, but will offer objections thereto when the case comes up for trial. aoa 


Mr. Gault gave as his thought that he is entitled to an outlet from 
his premises and suggested that the Commission approve a direct connection 
with the highway as e temporary proposition until such time as the Commission 
constructs its traffic separation project, when he will change his roadway to 
pass underneath the highway at the underpass that is included in the plan. 
The Attorney advised that from a legal standpoint and as a general rule the 
abutting property omer has right of access to the highway for his personal 
use, providing the roadway is constructed in a reasonable location. However, 
it is a different matter if the roadway is not to be used exclusively by the 
owner end if an undue hazard is created. 
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they prefer one located along the highway between Burns and Lakeview. Chair- 
man Cabell explained that the Lakeview-Burns Highway is not a federal aid high- 
way, hence is not eligible for federal aid funds, with which the Commission 
planned to finance the "William Hanley Oasis". In view thereof, and for the 
further reason that the Central Oregon Highway location does not meet with ap- 
proval, it was decided to defer for the time being the definite selection of 

a site for such oasis. 


Judge Higgs then asked for the continued improvement of the Buchanan- 
Juntura Section of the Central Oregon Highway. He was informed by Chairman 
Cabell that the Commission has this project in mind and will be pleased to con- 
sider it in the formlation of its next program. 


The question of proper drainage on the Central Oregon Highway where 
a spring emerges on the right of way near Buchanan, was brought up by Judge 
Higgs. The matter was referred to the Engineer for investigation. 


County Commissioner Baer inquired as to the plans of the Commission 
for the improvement of the Butler Market Road. He was informed by Chairman 
Cabell that the Commission is considering this project for the 1940 fiscal 
year federal aid secondary highway funds, with the idea of placing it at the 
head of the list of such projects, in view of the fact that the county is co- 
operating in the cost of the improvement. 


Mr. J. R. Hulbert, President of the Sunset Logging Company, was 
present in regard to the sale to the state of some timber strips along the 
Wolf Creek Highway. He advised that his company is positive that their tin- 
ber on these strips can be liquidated for $5.10 per MFBM, which is the price 
for which he previously offered to sell the tracts to the state, and accord- 
ingly cannot reduce the amount of its offer, Chairman Cabell advised that 
the moneys available to the Commission are public moneys and the Commission 
must be very careful in the expenditure of the same, in view of which the 
Commission is not interested in the acquisition of these timber strips at the 
present time unless they can be purchased at the rate of $3.50 per MFBM for 
the timber standing thereon. 


The Commission adjourned at 12:00 o'clock noon and reconvened at 
2:00 ofclock p. m. in the same room, with all Commissioners, the Assistant 
State Highway Engineer, the Attorney, and the Secretary present. 


During the noon hour the Commission conferred with A. B. Harr, Chair- 
man, Labor and Wage Committee, Associated General Contractors, and E. A. Dens- 
more, Executive Secretary, Allied Heavy Construction and Highway Crafts Union, 
4n Chairman Cabell's office in the Failing Building, relative to the insertion 
of a clause in all highway contracts establishing 4 wit wage scale in confor- 
mance with the wage scale adopted by the Associated General Contractors in col- 
laboration with the A. F. of L. The matter was discussed at considerable 
length but no decision was reached. Mr. Harr filed with the Commission a copy 
of the agreement between the Associated General Contractors and certain unions, 
together with Supplement No. 1 thereto. He was informed by Chairman Cabell 
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After further discussion Chairman Cabell advised that the Highway 
Commission is not in a position today to make any definite decision with refer- 
ence thereto but will withhold same until a study has been made of the entire 
situation. The Engineer was thereupon instructed to make such investigation 
and comprehensive survey of all possible connections and to render a report 
thereon as soon as convenient. 


Mr. Victor V. Tengwald, attorney, Medford, appeared before the Com- 
mission in regard to the claim of Frank Forth for damages arising out of the 
construction of the Pacific Highway (new route) across Mr. Forth's property 
in the Siskiyou Mountains, south of Ashland. A decision in this matter was 
deferred by the Commission pending full investigation and report by wr. R. H. 
Baldock, State Highway Engineer, when he returns from South America. 


The Commission had under consideration the bids received at the 
morning session for highway construction projects and sale of buildings and 
decided wanimously to award the contracts to the low bidder in each instance, 
with the following exceptions: 


It was decided to defer the award of the contracts for the Al- 
bany Overcrossing projects, including both the grading and the over- 
crossing structure, for the time being, and to refer the bids re- 
ceived therefor to the Engineer with power to award the contract to 
the low bidder when certain conditions have been satisfied. 


It was pointed out that contractor Leonard & Slate, who submit~ 
ted the low bid for the grading and paving of the North Unit of the 
Oregon City Section of the Pacific Highway East, submitted identical 
bids on the use of road oil and tar. The Commission decided to defer 
the award of this contract until public announcement has been made of 
the other awards, and to decide then the kind of material by the flip 
of a coin in the presence of the contractor. 


The contract for the Polallie Creek-Hood River Rock Production 
Project was awarded to A. S. Wallace, Roseburg, the second-low bidder, 
because of an irregularity in the low bid submitted by Van Cleave and 
Van Cleave, this contractor having failed to execute the bidder’ bond. 
The following resolution in regard to the award of the Polallie Creek- 
Hood River Rock Production Project was adopted by the Commission by 
unanimous vote, upon motion of Commissioner Aldrich, which was duly 
seconded by Commissioner Tou Velle : 


A RESOLUTION AWARDING THE CONTRACT FOR THE CONSTRUCTION OF THE POLALLIE 
CREEK-HOOD RIVER SECTION OF THE MT. HOOD LOOP HIGHWAY IN HOOD RIVER 
COUNTY, DOCKET NUMBER OREGON 1375-F, UNIT C 


WHEREAS, bids received for the construction of the Polallie 
Creek-Hood River Section of the Mt. Hood Loop Highway in Hood River 
County have been duly opened and read, in accordance with published 
notice, and compared, 
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After further discussion, and in view of the Attorney's opinion, the 
Commission decided to secure additional information before definitely passing 
on the matter. The Engineer was instructed to have Construction Ingineer 
Smith and Traffic Engineer Beakey contact Mr. Gault and endeavor to work out 
a solution to this problem that would not require a direct connection of the 
approach road with the highway. However, the Commission indicated that it 
would approve a direct connection if that is absolutely necessary. Chairman 
Cabell was given full power to act in the matter by Commissioners Aldrich 

and Tou Velle. 


A delegation fron Portland, representing the Moreland Community 
Club and the McLoughlin Chamber of Commerce, came before the Commission and 
requested the construction of a ramp leading northerly from the east end of 
the Bybee Avenue viaduct to McLoughlin Boulevard, for the benefit and conven- 
ience of north-bound traffic from southeast Portland. Mr. L. M. Lepper, Di- 
rector of the Eastside Commercial Club, Portlamd, was spokesman for the group, 
which included the following: L. G. Apperson. City Engineer of Portland; 
Fred Jarvis, Secretary of the McLoughlin Chamber of Commerce; and others. 
They pointed out that the city of Portland has already constructed an ap- 
proach to McLoughlin Boulevard (East Portland-Oregon City Highway) from the 
west end of Bybee Avenue viaduct, for the benefit of south-bound highway traf- 
fic; but it eppears that the connection is being used also by north-bound 
traffic, which has to cross McLoughlin Boulevard in order to get into the 
proper lane, thus creating a hazard on this heavily traveled thoroughfare 
which will eventually result in serious traffic accidents. They urged the 
construction of a ramp on the east side of the viaduct in order to avoid 4 
situation of this kind. 


In the discussion of this matter it was pointed out that the Port- 
land City Planning Commission and the Portland city officials have had under 
discussion for some time the matter of providing a connection to the highway 
from southeast Portland, and that Bybee Avenue has been considered along with 
Reedway and other points for such connection; further, that this matter was 
the subject of a conference between members of the City Planning Commission 
and representatives of the State Highway Department some time ago when it was 
agreed that a thorough study of all possible connections was to be made. It 
appears that such study has not been made because of @ misunderstanding as to 
whether the city or the state should do the work. The Engineer suggested 
that a comprehensive plan of all connections should be made before anything 


definite is decided. 


Objections to the construction of the proposed ramp at Bybee Avenue 
were offered by Messrs. H. G. Niemans and 0. C. Shankle. Mr. Niemans stated 
that he represents 50 merchants of Westmoreland, who are dependent to a large 
degree upon the business that they secure from the Eastmoreland district. 

The construction of a ramp as proposed, he said, would be an inducement for 
people to trade in downtowm Portland and would seriously affect the business 
of these merchants. He strenuously opposed the construction of the ramp from 
such standpoint. Mr. Shankle also opposed the construction of such ramp for 


similar reasons. 
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Clatsop County. Mountain States Construction Company, Eugene, sub- 
mitted the low bid for this project at $111,420.00. Kuckenberg Con- 
struction Company, Portland, submitted the second low bid at 
$121,480.00. There were 5 higher bidders. The Commission has 
awarded the contract to the Mountain States Construction Company at 
its low bid of $111,420.00. 


"Necanic’s-Nehalem River Section of the Wolf Creek Highway, in 
Clatsop Cow wy. 12.3 miles surfacing and bituminous binder course 
and 11.1 miies bituminous micadam wearing surface; also furnish 
5,100 cubic yards crushed rock in stock piles. The low bid for 
this project was submitted by Edwin C. Gerber, Oregon City, at 
$123,187.50 based on the use of road oil. He did not submit a bid 
based on the use of tar. The second low bid was submitted by Mc- 
Nutt Bros., Eugene, at $125,573.80 based on the use of road oil, 
and $125,908.40 based on the use of tar. There were 12 higher 
bidders. The Commission has awarded the contract to Edwin C. Gerber 
at his low bid of $123,187.50 based on the use of road oil. 


"Polallie Creek-Hood River Section of the Mt. Hood Highway, in 
Hood River County. Furnish 6,000 cubic yards crushed rock in stock 
piles. Van Cleave & Van Cleave, Hoevet, submitted the low bid for 
this project at $8,340.00. A. S. Wallace, Roseburg, submitted the 
second low bid at $11,090.00, and the third low bid was submitted 
by R. 0. Dail and Warren Bros., Inc., Portland, at $11,950.00. 
There were 2 higher bidders. The bid of Van Cleave & Van Cleave 
was disqualified in that the bond was not signed by the contractor. 
The Commission, therefore, bas awarded the contract to the second 
low bidder, A. S. Wallace, at his bid of $11,090.00. 


"Albany Overcrossing on the Pacific Highway East, at Albany, 
in Linn County. The low bid for this project was submitted by Moun- 
tain States Construction Company, Bugene, at $135,970.00. The sec- 
ond low bid was submitted by K. L. Goulter, Seattle, at $137,250.80. 
There were ll higher bidders. The Commission has referred all bids 
received to the Fngineer with authority to award the contract to 
the low bidder when certain conditions have been satisfied. 


"Albany Overcrossing Section of the Pacific Highway East, in 
Linn County. Grading approaches to overcrossing structure and 
paving work on intersecting streets. Eighteen bids were received 
for this project, the low one being that of Roy L. Houck, Salem, at 
$113,461.50, and the second low bid being that of Slate Construc- 
tion Company, Albany, at $121,261.00. The Commission has referred 
all bids received to the Engineer with authority to award the con- 
tract to the low bidder when certein conditions have been satisfied. 


“Tudor Ranch-Blue Mountain Pass Seetion of the I.0.N. Secondary 
Highway, in Malheur County. 22.06 miles grading. M. L. O'Neil & 
Son, Bugene, submitted the low bid for this project at $86,628.75. 
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AND WHEREAS, the bid submitted by A. S. Wallace, contrac- 
tor, is the lowest responsible bid received and is within the funds 
available for the construction of the said project, 


NOW THEREFORE, Be It Resolved by the State Highway Com- 
mission of the State of Oregon that the contract for the construc- 
tion of the Polallie Creek-Hood River Section of the Mt. Hood Loop 
Highway in Hood River County be and the same is hereby awarded to 
A. S. Wallace, contracter, in the amount of Eleven Thousand Ninety 
Dollars ($11,090.00), and 


Be It Further Resolved that this. award shall not be effec- 
tive until the successful bidder has been notified in writing of 
such award by the Secretary of the Oregon State Highway Commission. 


At 3:00 o'clock p. m. Chairman Cabell publicly announced the follow- 
ing awards of contracts and sale of buildings for which the Commission received 
bids at the morning session, such awards and sales having been previously ap- 
proved by the Commission by unanimous vote: 


"North Unit of Oregon City Section of the Pacific Highway East, 
in Clackamas County. 0.44 mile grading and paving. Leonard & 
Slate, Multnomah, submitted the low bid for this project at 
$53,974.50, based on the use of road oil, and an identical amount 
based on the use of tar. Mountain States Construction Company, Eu- 
gene, submitted the second low bid at $54,194.00, based on the use 
of tar. It did not submit a bid based on the use of road oil. Ja- 
cobsen-Jensen Company, Portland, with no bid on the use of tar and 
@ bid of $54,605.C% based on the use of road oil, was the third low 
bidder. There were 4 higher bidders. The low bid of Leonard & 
Slate is satisfactory to the Commission and the contract will be 
awarded to this contractor. However, a decision as to the type of 
material, either tar or road oil, will be made on the flip of a 
coin in the presence of the contractor immediately following the an- 
nouncement of the awards of the other contracts. (Mr. Charles H. 
Leonard was called to the platform immediately following the an- 
nouncement of the other awards and a coin was flipped in his pres- 
ence by Chairman Cabeil, which resulted in the alternate, based on 
the use of tar, being selected. Chairman Cabell thereupon an- 
nounced the Commission's decision.) 


"abernethy Creek Bridge on the Pacific Highway hast, in Ore~ 
gon City, Cleckams County. Nine bids were received for this proj- 
ect, the low one being that of Odom Construction Company, Oregon 
City, at $18,801.00. The second low bid was submitted by Contract- 
ing & Sales Company, Inc., Portland, at $19,205.00. The Commission 
has awarded the contract to the lox bidder, Odom Construction Com 
pany, at its low bid of $18,801.00. 


"Bridge over Nehalem River on the Wolf Creek Highway, in 
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Corrigan stated that he resides in McMinnville but he is glad for the opportu- 
nity to endorse this project on behalf of the people directly concerned. 


Chairman Cabell thanked the delegation for its presentation and ad- 
vised that the project will be given due consideration in the formulation 
of future construction programs. 


The County Court of Tillamook County, represented by County Judge 
Harland M. Woods and County Commissioners. E. H. Lindsey and E. G. Anderson, 
was present and urged completion of the Little Nestucca Secondary Highway be- 
tuzen Dolph and Meda. Also present in behalf of this road were Dr. H. L. To- 
ney and M. F. Corrigan, of McMinnville; Mr. and Mrs. L. C. Muscott, of Dolph; 
and Mr. and Mrs. A. H. Fox, also of McMinnville. Judge Woods headed the dele- 
gation. Speaking on behalf of this project were Judge Woods, County Commis- 
sioner Anderson, Dr. Toney, Mr. Corrigan, and Mr. Muscott. Dr. Toney suggest- 
ed the improvement as a P.W.A. or W.P.A. project in the event that the Commis- 
sion ig unable to finance it in any other way. He pointed out that there 
would be a considerable saving in mileage to Neskowin and Pacific City vie 
this highway, when constructed, and urged the improvement from such stand- 
point. Mr. Anderson said that this is a much needed road and, in his estima- 
tion, an expenditure for the improvement of same is fully justified, particu- 
larly in view of the fact that the state already has an investment of $100,000 
in the present road and there is only a short distance remaining to be built. 


Mr. Corrigan declared that the improvements made to date are of no 
value and will be of no value to the public until the road is made passable 
throughout its entire length. He alleged that the road is in worse condition 
now than it was 35 years ago and asserted that wagons could be driven over it 
then, whereas now traffic cannot get through except on foot or horsebeck. He 
advised that the road serves a large dairying commmity end in connection 
therewith it is necessary to truck hay in from Portland. He urged the con- 
struction of the road from such utility and commercial standpoint and that it 
be done as a W.P.A. project as suggested by Dr. Toney. He alleged that the 
road will provide a saving of 30 miles in a round trip from Neskowin to Port- 
land and gave as his thought that it is unfair to leave the road in its pres- 
ent condition when it would only cost a comparatively small amount to fix it 
up for year-round travel. 


Judge Woods spoke for the improvement from the tourist standpoint. 
Mr. Muscott stated that he resides in the district served by the road and the 
main thing at the present time as far as he is concerned is the building of a 
bridge and the rebuilding of a l-mile section that is absolutely impassable. 


He also said that the children of the district are unable to attend school be- 


cause of the condition of the road and that many people who own property in 
the district cannot reach their holdings because of the road condition. Mr. 
Mr. Corrigen presented a petition signed by numerous residents and tax payers 
of Tillamook, Yamhill, Marion, and Polk Counties urging the completion of the 
road at the earliest possible time, 


Chairman Cabell explained the status of the Commission's finances 
and advised that, while the Commission is not able today to make a definite 
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H. E. Cornell, Boise, Idaho, submitted the second low bid at 
$88,645.00. There were 11 higher bidders. The Commission has 
awarded the contract to the low bidders,M. L. O'Neil & Son, at 
their bid price of $86,628.75." 


Building in Oregon City 


"Building No. 6468, known as Pope Property. The Commission re- 
ceived 3 bids for this building, the high one being that of V. M. 
Howard, Oregon City, at $70.00, and the second high one being that 
of Sullivan Wrecking Company, Portland, at $58.89. The Commission 
considers the offer of V. M. Howard satisfactory and accordingly has 
sold the building to him for $70.00." 


Building in Gleneden Beach 


"Building No. 5739, formerly owned by I. F. Raymond. The only 
bid received for the purchase of this building was that of W: A. 
Alexander, Gleneden Beach, at $42.00. The Commission considers this 
offer satisfactory and accordingly has sold the building to him for 


$42.00." 


A delegation representing the Chambers of Commerce of Newberg and 
Yamhill was present in the interests of the secondary state highway between 
Newberg and Yamhill. Members of the delegation were as follows: C. H. Bay- 
nard, Secretary of the Newberg Chamber of Commerce; Mayor George Layman of 
Newberg; S. L. Parrett and C. A. Morris, also of Newberg; J. H. Teegarten, 
Mayor of Yamhill; Chester P. Walker, CG. W. Bustice, and George Zimmerman, al- 
so of Yamhill, and Mr. M. F. Corrigan, of McMinnville. The County Court of 
Yamhill County, represented by County Judge Wm. 0. Powell and County Commis- 
sioners Thos. Bockes and Harry F. Willieas, was also present and spoke in be- 
half of this road. Mr. Baynard headed the delegation and introduced the 


speakers. 


Judge Powell said that the present highway is practically worn out, 
that the drainage is poor and that the road needs improvement immediately; 
otherwise it will be necessary to reconstruct it throughout. County Commis- 
sioner Bockes urged the improvement to eliminate the rough condition of the 
present road, which, he said, is the worst feature. However, he urged the 
oiling of the road to alleviate the dusty condition that obtains during the 
dry season. County Commissioner Williams concurred in the remarks of the 
other : speakers and added that the improvement of the road would be of great 
benefit to that particular end of Yamhill County. ‘ 


Messrs. Parrett, Zimmerman, Walker, Teegarten, and Morris each spoke 
briefly in behalf of this improvement. Mr. Walker pointed out that the dis- 
tance from Yamhill to Newberg is only 11 miles by this road; but, in most 
cases, people prefer to travel a circuitous route via McMinnville, which is 7 
miles longer, because of the rough condition of the Yamhill-Newberg road. Mr. 


Jan26 1939 


8648 


Commission in behalf of the Gearhart Park Company, relative to the sale to 
the state of tidelands and right of way at Gearhart, which matter has had at- 
tention by the Commission on previous occasions. He advised that, since con- 
ferring with the Commission previously with respect to this matter, he has as- 
certained that the additional taxes that would have to be paid before the com- 
pany ould transfer these properties to the state are as follows: extra tax 
for the right of way, $150.02; extra tax for the tidelands, $134.35; making @ 
totel of $284.37. He offered, on behalf of the Gearhart Park Company, to pay 
half of this additional tax if the state will assume payment of the balance. 
After discussion, the Commission accepted the offer and ordered that the mat- 
ter be terminated on such basis. 


’ The County Court of Clatsop County, represented by County Judge Guy 
Boyington and County Commissioners James Elliott and Jom Slotte, was present. 
Judge Boyington stated that the county owns about 150 feet of river frontage 
at the foot of 8th Street, Astoria, which location has been considered as & 
possible future site for the Columbia River ferry, and that the county has re- 
ceived an offer to purchase the lower 50 feet of this tract, all of which 
lies downstream from the foot of 8th Street; but does not want to close the 
deal until it knows definitely whether or not the state needs the property in 
connection with the ferry operation. Chairman Cabell advised that the Commis- 
sion is not in a position at the present time to give hima definite answer 
but will ascertain the facts and will let the Court know as soon as possible. 


Judge Boyington also inquired as to whether or not the state needs 
any of the county's property for revision of the Columbia River Highway at the 
east city limits of Astoria. He explained that the county has received offers 
to purchase some of this property but will not sell if the state needs it. 

The Engineer was instructed to investigate this matter and report. 


Commissioner Elliott inquired as to whether or not the Commission 
has acquired all of the right of way that it needs across the county's prop- 
erty for the proposed Astor Street revision in Astoria. The Attorney ad- 
vised that the right of way has not all been acquired for this project 4s 
yet. He was instructed by the Commission to let the County Court know just 
how much more of the county's property is needed for this proposed improvement. 


County Judge J. J. Barrett, of Linn County, appeared before the Com- 
mission and particularly urged continued improvements on the South Santiam 
Highway so as to make this road available for traffic throughout, at the ear- 
liest possible time. He was informed that the Commission is doing the best 
that it possibly can for this road and anticipates that the grading work will 
all be completed this year except certain revisions west of Cascadia, to elin- 
inate excessive curvature in the present road, for which surveys are now un- 


der way. 


Chairman Cabell brought up for discussion 4 number of bills that 
have been introduced in the Legislature affecting the State Highway Depart- 
ment. He gave as his thought that he probably will be called upon to appear 
before the highway committees with respect to these bills, and, if 30, should 
be in a position to express the Commission's viewpoint in regard to them. 
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decision, it is glad to have the viewpoint of the delegation em2 will give the 
project Gue consideration in future programs. 


Mr. F. C. Knapp, President of the Knapp Company, Portland, appeared 
before the Commission later in the session and presented additional petitions 
on behalf of this project. 


County Judge George A. Potter, of Sherman County, headed the delega- 
tion which came before the Commission and urged the improvement of the second- 
ary highway between Condon and Wasco. Others in the delegation were County 
Judge James D. Burns and County Commissioners Earl P. Hoag and Glen Richards, 
of Gilliam County; County Judge G. G. Shults, of Wasco County; County Commis- 
sioner David R. Reid, of Sherman County; Frank E. Whitcomb, Manager of the 
Port of The Dalles, and W. S. Nelson, Manager of The Dalles Chamber of Com- 
merce; George Kaseberg, A- K. York, R. M. Regan, J. S. Burres, and C. P. Ed- 
wards, all of Condon; Bart Burrell, Walt May, and W. F. McLeod, all of Moro; 
and John T. Pope, of Portland. They urged the improvement of this road at 
the earliest opportunity, from the commercial standpoint. Judge Potter also 
asked the Commission to extend the secondary highway from its terminus at ~ 
Fulton Canyon to 4 connection with the Sherman Highway at Wasco. 


in behalf of this improvement were Judge Burns, who point- 
ed out that a saving of from 40 to 60 miles could be made between Condon and 
Portland by this secondary highway; Judge Shults, who stated that improvement 
of the Condon-Wasco Road will be of great benefit to Wasco County because it 
will reduce the mileage conciderably from the district served by the road to 
the Port of The Dalles; Mr. Nelson, who referred to the report of the State 
Highway Engineer written in 1934 on the subject of the alternate routes from 
the John Day Valley to Portland, from which he quoted statistics relative to 
savings in freight rates that will accrue by reason of the construction of 
the Bonneville Dam, and further statistics pertaining to the amount of produce 
that is being shipped out of this territory; Mr. Whitcomb, who gave addition- 
al statistics on the matter of reduced freight rates and particularly pointed 
out the great savings thet the ranchers would realize by reason of being able 
to deliver their products to market by truck rather than by rail; Mr. Burres, 
who spoke for the project from the standpoint of reduced freight rates; Messrs. 
Kaseberg, Reid, and Richards, who endorsed the remarks of the other speakers; 
Mr. York, who alleged that the John Day Highway was originally laid out 
through Wasco and Condon, and who urged the securing of P.W.a. or W.P.A, funds 
to finance construction, and even the use of prison labor if the work could 
be expedited thereby; Mr. McLeod, hotel omer, Moro, who epoke for the im- 
provement from a military standpoint as well as from the commercial standpoint; 
and Mr. Edwards, who spoke for the improvement from the standpoint of benefits 
to local people generally, and declared that the road would add to the net in- 
come of these people who are permanent residents and taxpayers. 


Judge Potter urged the Commission to. give this matter serious con- 
sideration and to do something about it at the earliest possible time. Chair- 
man Cabell thanked the delegation for its appearance and preseniation. 


Mr. James. L. Conley, attorney, of Portland, appeared before the 
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WHEREAS, in order to afford a better alignment and a more 
satisfactory, safe and convenient highway for the traveling public, 
the Commission found it necessary to relocate a portion of the 
Albany-Lyons Highway in Linn County; and 


WHEREAS, by reason of said relocation and the reconstruc- 
tion of said section of said highway there was eliminated and made 
ummecessary as a part of the permanent highway a certain section 
or part of the old location, which included the Shindler Bridge 
over Thomas Creek, and which section or part of the highway aban- 


doned is more specifically defined and designated hereinafter in 
this resolution; and 


WHEREAS, it is the judgment and opinion of the Commission sabe 
that there should be recorded in the minutes and records of this ;: ! 
Commission its purpose and plan to abandon as a part of the said 
state highway the fragment or portion of right of way hereinafter eh \ a. 
designated and heretofore included within the area of the right of art 4 


way of the said state highway as formerly located, improved and * 4 3 
used; and * a 


WHEREAS, in connection with the abandonment of said sec- 
tion of said highway, including seid bridge, affirmative action i : 
should be requested of the County Court of Linn County with re- er ds 
spect to the further maintenance of ani responsibility for said - age 
bridge by Linn County; 


NOW, THEREFORE, the premises being in general as above * 
stated, it hereby is resolved by this Commission, all members being ; aq 
present and affirmatively participating, as follows: i 


1. That the fragment of land confined within the area of , 
land hereinafter designated, which fragment or parcel of land was Bt 4 
formerly within the limits of the right of way of the Fleming Ranch- : 
Schindler Bridge Section of the Albany-Lyons Highway in Linn County, Se 
but is now without the limits of the right of way of said highway ae 
as said highway has been relocated and constructed, be and said frag- BS 
ment or parcel of land or portion of the old right of way is aban- | 
doned as a part of the right of way of said highway, and said frag- : 
ment or parcel of land or old right of way is, so far as control Beat) 
and supervision by this Commission is concerned, eliminated and left RE 
to revert to the adjoining and abutting property owners or to the eB 
eontrol and supervision of the County Court of Linn County for high- f- 
way or other public purposes as the Court may determine. The frag- pao i 
ment or parcel of land affected by this resolution is defined and + Se. 
described as follows, to wit: : 


All that certain section of the old right of way of the ae 
Fleming Ranch-Schindler Bridge Section of the Albany-Lyons art 
Highway and lying southerly of the right of way required 55 
for the reconstructed Albany-Lyons Highway, the beginning st 
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The bills were then considered and a decision with respect to each determined. 


The Attorney brought up for discussion the cleim presented by Mr. 
W. H. Kellogg for overtime work that he alleges he was required to perform in 
connection with his duties with the State Highway Department. It appears that 
Mr. Kellogg was employed in the Plarining Survey Department and that his duties 
required him to contact people after 5:00 o'clock in the evening and that he 
believes he is entitled to double pay for such time, notwithstanding the fact 
that he was not required to work during regular office hours on the days that 
he worked during the evening and was given instructions to that effect. The 
Attorney advised that, in his estimaticu, there is no justification for Mr. 
Kellogg's claim but Mr. Kellogg wants a hearing before the Commission in re- 
gard thereto. The suggestion was made that the Commission designate someone 
to hear what Mr. Kellogg has to say and that his testimony be taken, in writ- 
ing, and a transcript thereof delivered to the Commission, upon which to base 
its decision. The Commission approved the suggestion. 


The Engineer brought up for discussion the application of Wauna Toll- 
bridge Company for a permit authorizing the construction of an overcrossing 
and highway connection from the Bridge of the Gods to the Columbia River High- 
way at Cascade Locks. He advised that the company proposes to build this con- 
nection at its own cost and expense. Further, that he has checked the plans 
and believes that they meet the state highway requirements, except that pro- 
vision should be made for traffic islands to properly direct traffic entering 
and leaving the intersection, and provided, further, that provision is made 
for at least 30 feet of horizontal clearance over the highway at all times. 

He recommended approval of the company's request subject to the condition that 
the company will provide for the traffic islands and the necessary horizontal 
clearance and will arrange t> carry on construction work so that highway traf- 
fic will not be interrupted or endangered; and provided, further, that all 
work is done to the entire satisfaction of the State Highway Commission. The 
Commission approved the recommendation unanimously. 


The Commission had under discussion the matter of authorizing the 
Assistant State Highway Ingineer, Mr. C. B. McCullough, to attend a meeting of 
the American Concrete Institute, which is to be held in New York City March 1 
to 3, 1939. The Commission approved by unanimous vote Mr. McCullough's at~ 
tendance at such meeting at state expense, subject to the condition that the 
expense is also approved by Governor Charles A. Sprague. The matter was re- 
ferred to Cha’ rman Cabell to discuss with Governor Sprague. 


The Engineer presented a letter from County Judge J. J. Barrett, of 
Linn County, stating that Linn County will accept responsibility for the fu- 
ture maintenance of that portion of the Albany-Lyons Secondary Highway (old 
route) known as theSchindler Bridge Section, including the old bridge struc- 
ture, which is to be abandoned as a state highway when the new bridge and ap- 
proathes thereto are completed. In view of this letter the Commission decid- 
ed not to dismantle the old bridge when the new one is completed, as was orig- 
inally intended. The following resolution abandoning the section of the old 
highway was adopted by the Commission by unanimous vote: 
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The Commission adjourned at 6:00 o'clock p. m., to reconvene at 9:00 rah 
o'clock a. m. on the following day in the Benson Hotel to dispose of routine ei. 
Commissioner Aldrich wes excused from being present at such meeting. i ‘| 

oe 


Commissioner 


S 
c 


Portland, Oregon, January 27, 1939 


The State Highway Commission reconvened at 9:00 o'clock a. m. in 
Room 263, Benson Hotel. Present were: 


Henry F. Cabell, Chairman ia 


F. L. Tou Velle, Commissioner 

C. B. McCullough, Assistant State Highway Engineer ? 
H. B. Glaisyer, Secretary Beh 
J. W. De Souza, Assistant Attorney 


The Engineer requested authority to purchase certain parcels of is 
real property that are needed for various highway improvements throughout the i 
state. He submitted a list of such properties together with the prices that oe 
he recommended be paid for each. After careful study, the Commission approved & 
the request and by unanimous vote adopted the following resolution with re- ae 


spect thereto: 


WHEREAS, in connection with the further improvement of the 
highways hereinafter designated, it is and has been necessary to ac- She 
quire property for right of way, quarry sites, gravel or other mate- e ta 
rial sites, or sites for the storage of materials, as hereinafter more pias 
definitely set forth; and 


WHEREAS, as a result of negotiations carried on with the 
owners of the property required, options have been obtained, which 
options have been considered by the Commission, outlining the bases 
_of settlement which have been agreed upon; and 


WHEREAS, it is the judgment of the Commission that the I 
said options should be approved and accepted, and/or the said reports ; at 
be declared acceptable to the State Highway Commission as bases of be fas 
settlement for the properties involved, and that the acquisition of i 
the properties should be completed: ye a 


NOW, THEREFORE, BE IT RESOLVED that the several offers, or 
bases of settlement hereinafter enumerated be, and the same hereby 


zi ite he 
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and ending points with reference to the engineer's stations 
of the new constructed highway being Station 217+90 on the 
westerly end and Station 28730 on the easterly end, all in 
Sections 11 and 12, Tomship 10 South, Range 1 West, W. M., 
Linn County, Oregon. 


The location of said abandoned right of way and bridge may be more 
determined by reference 

to the map or blueprint, 

this reference made a part hereof, 

cation purposes bears the signatures of F. D. Eason, Division Engi- 

neer, H. G. Smith, Construction Engineer, and C. B. McCullough, Act- 

ing State Highway Engineer, and is dated the 26th day of January, 

1939, upon which map or exhibit there is reflected the above de- 

scribed parcel of land by showing the same shaded in red. * 


2. That the County Court of Linn County be requested to 
take official action and record in its records such action with re- 
spect to the acceptance of said abandoned section of highway, includ- 
ing said bridge, and the assumption of responsibility therefor by the 
County. 


3. In the event there remains any physical connection be- 
tween any portion of said abandoned right of way or highway and the 
present highway, and by reason of such physical connection traffic 
from the existing highway may enter or use the said abandoned portion 
of the old road to the possible damage or injury of such traffic by 
reason of amy unsafe condition existing with respect to said old 
abandoned road or bridge, then the State Highway Engineer is hereby 
authorized and directed to erect such barricade or other safeguards 
as may be necessary to protect and safeguard traffic using and em~ 
ploying said newly constructed and dedicated section of said highway, 
but it is further ordered and resolved that in the event Linn County 
accepts the said abandoned section of highway and the said bridge 
and agrees to become responsible for the sefe maintenance of the same, 
then and in such event no barricade shall be maintained by the Ingi- 
neer at said bridge or at the points of connection between said aban- 
doned section of highway and the new highway. 


4. That this resolution be entered in the minutes and rec- 
ords of the Commission and a certified copy thereof promptly delivered 
to the County Court of Linn County, together with a copy of said exhib- 
it or map, for such action as said County Court may desire to take with 
regpect to said fragment of land, and should said abandoned portion of 
the right of way of said highway be further employed for public or 
private highway purposes such use shall be entirely under the control 
and supervision of the County Court of Linn County and beyond any re- 
sponsibility or supervision by the State Highway Commission. 


¥ Ma» filed in Right of Way Abandonment and Retention File - No. 61 
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Section, Hwy., and Omer Purpose Acres Approximate Amounts Agent 


"4 -J 
any Orrin 7 0.07 Lump Sum $10 plus 


moving fence Wells 
-Anderscn, Geo. I. R/W 18,347 sq.ft. Gratis Williams 
Lon — Northeas Hien 
54 sq.ft.at sq.ft. plus mov- 


ing bldg. (Est. at 
$650) Packer 


Parker 


A letter was presented from Ed W. Miller, Manager of the Oregon 
Coast Highway Association, inquiring whether or not the Commission would 
lease to Mr. Thomas Purdy one-quarter acre of land situate adjacent to the 
Oregon Coast Highway at Bob Creek, in Lincoln County, which property Mr. Pur- 
dy desires to use in connection with 4 service station business that he pro- 
poses to conduct at this location. The Secretary explained that at a pre- 
vious meeting the Commission denied Mr. Purdy's request to purchase this prop- 
erty and that such information was transmitted to Mr. Miller, who made the 
request on behalf of Mr. Purdy, and that Mr. Miller's present request is 
simply a follow-up to ascertain whether or not the Commission would be will- 
ing to lease the property rather than sell it outright. It was the thought 
of the Commission that its object in refusing to sell the property to Mr. 
Purdy would be defeated if it were now leased to him, and accordingly the re- 
quest was denied. 


The Commission discussed the matter of acquiring additional right 
of way that is needed for the Skipanon-Seaside Section of the Oregon Coast 
Highway ecross the property of John Albertson, in Clatsop County. It was ex- 
plained that this matter was previously considered by the Commission on Janu- 
ary 18, 1935, et which time the Commission ordered that negotiations for the 
same be discontinued in view of the expense involved and the fact that the 
reconstruction of the highway at this point wes not contemplated for the near 
future. lt was further explained that the right of way in front of the Al- 
bertson property is only 40 feet wide, whereas along the adjoining sections 
it is 80 feet wide, and that it is contemplated to provide an $0-foot width 
right of way throughout, which will necessitate the taking of a 20-foot strip 
off the front of Mr. Albertson's land, which he is willing to sell for $827. 
It was also explained that Mr. Albertson proposes to improve his property and 
to construct a fence along the present right of way line, which is only about 
10 feet from the traveled roadway; so, if the Commission intends to widen the 
highway here to correspond with the adjoining sections, tue extra right of 
way should be acquired now, because, undoubtedly, it will cost considerably 
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are, approved and accepted, and that the Attorney for the State Highway Commis~- 

sion be, and he hereby is instructed to complete the acquisition of the said 
es and to take title thereto in the name of the State of Oregon. The 

said properties hereby ordered and authorized to be acquired are as follows: 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


: ie = BY: 


CU LLB it Sect. i Peek NISL OWE e 
6454- Smith, John, Estate Stock Pile 0.6667 $100 per a. McChesney 
6454-Waterhouse, David Thorp " 0.3333 $100 per a. " 


oe QO. C. Stock Pile 0.993 $250 per a. McChesney 


0 


DOr't CS bs Se Vi J BOL: Oas ~4¢ 
6572-Keady, Maud C. R B Gratis DeSouza 


6561-Larson, Julius,Estate y sq.ft. of sq.ft Benson 
6568-Coos County - Slope Easement - 1316 sq.ft. Gratis " 


Benson 


gational Church of Salem, 
Oregon Park 5000 sq.ft. lf sq.ft. McCallister 


12th S 
5575-Key, William H. - 159 sq.ft. lof sq.ft.plus $34 McCallister 


eo a aden — Road Easement (1 yr) 
165 


00 sq.ft. Lump Sum $100 Gardiner 


aI ay Door and Ply- 3 Remodeling building by reason of 


wood Corporation change in alignment on Southern 
Pacific spur track south of 9th 
Street, in Albany, $1840 Gardiner 


sq.ft. if sq.ft. McCallister 


at $5 per a. 
at $10 per a. 
at $25 per a. 
at $100 per a. 
plus $461 Gardiner 
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installation of flashing signals is to install them at state expense on state 
highway routes, and that for the installation of what is mown as the "stop" 
and "go" signals is to install them at the joint expense of the city and the 
state, 50 per cerit of the cost being paid by each. It was also brought out 
that the Commission has not as yet established a policy with respect to the 
installation of flood lights on highway routes within cities. It was the 
thought of the Commission that the present policy with respect to the flash- 
ing beacons and "stop" and "go" signals should be continued, and it was so or- 
dered subject to confirmation by Commissioner Aldrich. 


It was also the thought of the Commission that the state should as- 
sume the expense and cost of installing and maintaining the flood lights, but 
that the cities should pay the cost of the electricity needed to operate 
them. Such arrangement was approved by the Commission as its policy to be 
followed hereafter in connection with installations cf this kind, subject, 
however, to confirmation by Commissioner Aldrich. It was also decided that 
a written agreement should be entered into with the cities before the instal- 
lations are made. 


In this connection the Engineer advised that numerous requests have 
been received from cities throughout the state for traffic light installa- 
tions. He predicted that as time goes on the Commission will receive many 
more such requests, involving the expenditure of a considerable sum of money, 
and accordingly suggested that the Commission budget annually a certain amount 
for such purpose. The Commission approved the suggestion by unanimous vote 
and instructed the Engineer to submit a budget for 1939 for consideration by 
the Commission at either the April or the May meeting. 


Consideration was then given by the Commission to the following re- 
quests for traffic light installations: 


Request of the Board of Commissioners of Multnomah County for the 
installation of an overhead flashing beacon on the Lower Columbia River High- 
way at the west end of the St. Johns Bridge, in Portland:- The Commission ap- 
proved this installation, which is estimated to cost $200. 


Request of the City of Sheridan for the installation of a traffic- 
actuated signal at the intersection of Main and Bridge Streets, in Sheridan:- 
The Engineer gave as his thought that an overhead flashing beacon would be 
more appropriate at this location and recommended installation of such type 
of signal, which he estimated would cost about $100. The Commission approved 
the recommendation. 


Request of the City of Marshfield for installation of a flashing 
beacon at the intersection of North Front Street and Broadway, in Marshfield:- 
The Engineer recommended approval of this installation, which he estimated 
would cost $100. ‘The Commission approved the recommendation unanimously. 


Request of the City of Dallas for installation of a flashing beacon 


at the intersection of the Salem-Dallas Highway and the Dallas-Coast Second- 
ary Highway, in Dallas:- The Engineer recommended approval of this request. 
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more later on after Mr. Albertson completes his improvements. It appeared 
to the Commission that immediate action on this matter is n-cessary, hence 
the Attorney was authorized and instructed to negotiate for the acquisition 
of this right of way at once. ; 


The Commission discussed briefly, but took no action on, the matter 
of insurance required by the Sunset Logging Company in accordance with the 
+ between the company and the Commission, dated March 31, 1936, cov- 
ering the matter of the construction of the company's logging railroad over 
the Wolf Creek Highway, in Clatsop County. In this connection the Engineer 
advised that all of the work in connection with such overcrossing structure 
has been completed in a satisfactory manner and that the Sunset Logging Com- 
has asked for reimbursement for advancing the cost uf its share of the 
work, amounting to in excess of $10,000. He recommended the puyment of 
$9,000 at this time and retention of the balance by the Commission until the 
insurance matter has been brought to satisfactory conclusion. The Commission 
approved the recommendation unanimously. 


The Engineer reported receipt of information to the effect that 
the U. S. Army Engineers have apparently changed their minds with respect to 
the proposed cooperative project for the use of dredged materials from the 
Columbia River in the construction of the new highway up the Columbia River 
Gorge, because they now feel that such cooperative contract would be compli- 
cated and unsatisfactory and that the celling for alternate bids would intro- 
duce too many complications into their work. The suggestion was made by Ma- 
jor Weaver, he said, that the state arrange with the Government's dredging 
contractor for the placement of the dredged materials in the highway fill. 
After diseussion, and in view of the fact thet the arrangement suggested by 
Major Weaver would not permit the state to take competitive bids for this 
work, the Commission decided that it would be advisable to confer further 
with Major Weaver in regard thereto. The matter was thereupon referred to 
Chairman Cabell, the Assistant Highway Engineer, and the Construction Engi- 
neer to take up with Major Weaver. 


The question of completion of the Enterprise-Lewiston Highway in 
. Wallowa County to the Washington Stete Line had the attention of the Commis- 
u sion. The Engineer advised that he discussed this miter with Lacey V. Mur- 
row, Div ctor of Highways in the State of Washington, and ascertained that 


Murrow at the earliest opportunity, after his return from South America. 


ae the Washington Highway Department is programming its portion of the project 
. A in the State of Washington so that it will be entirely completed in about 3 
eee years; whereas, the Oregon portion under the present plans will be finished, 
eee as far as the grading work is concerned, in 1940. In view of this report, 
Ls the Commission decided to do everything possible to have the work in both 
| at , states completed simultaneously, and to that end ordered that the matter be 
bie referred to Mr. R. H. Baldock, State Highway Engineer, to discuss with Mr. 
¢ € 
f 


: ‘a The Commission had under consideration the adoption of a policy 

Sts with respect to traffic light installations of various types within the cor- 
porate limits of cities and towns. In the discussion of this matter it was 
pointed out that the Commission's present policy with respect to the 
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to the city's participation in the entire cost of the project. The cost of ett 
the controllers, he said, represents about 50 per cent of the cost of the My 


project, and in view thereof he suggested that the city purchase the control- at 
lers and turn them over to the state, which would preserve the Commission's yi 
past policy in the matter of purchases and would avoid the necessity of turn- 

ing over any cash to the city. He also gave as his thought that the state 

should have full charge of the installation. After considerable discussion i. 
the Commission decided to let the city do as it pleases with respect to the 
purchase of the controllers, the city to be given credit for its expenditure 

on its share of the installation costs; and to advertise for bids for the 

equipment and material that is to be furnished by the state. The Engineer 

was instructed to discuss the matter further with the city officials end ex- 

plain the action taken and also that the Commission will insist that the in- 

stallations be made under state supervision. A final decision with regard to 

the matter was deferred by the Commission pending concurrence by Commissioner 

Aldrich and the return of Mr. R. H. Baldock, State Highway Engineer, from 

South America. 


The matter of payment for electrical energy used in operating the ; 
floodlight previously installed at the Kinney Spur railroad crossing with the & 
Pacific Highway, in Roseburg, was discussed. It appears that the Public Utili- 
ties Commissioner's order with respect to this crossing provides that the t 
floodlight shall be installed by the State Highway Commission and connected : 
to the street-lighting circuits of tlie city of Roseburg, but that the current a 
needed to operate the lights, and the maintenance of the lights, is to be the _ fi 
obligation of the city. It also appears that the city has refused to assume &g 
this expense and has billed the state for the same, which is neither in con- i: * 
formance with the P.U.C. order nar the new); adopted policy of the Commission 
with respect to flood lights. The Commission, after discussion, ordered that 
a communication be directed to the Roseburg City Council pointing out the 
facts in the case and inquiring what the city intends to do about it, the idea 
being that the Commission will govern its future action with respect to this ns 
light according to the reply received. 


— ETE 


The Engineer requested authority to purchase the following equipment: 


1 portable welding outfit for use in connection with reconstruction 
of bridge portals - estimated cost $300 


2 25-ton ratchet-type jacks for emergency use in connection with 
bridge repairs - estimated total cost $75.60 q 


The Commission approved the request by unanimous vote. 


The Engineer reported that there are a number of highways throughout 
the state that are not sufficiently stable to carry heavy traffic during the 
spring breakup following the winter freeze and that it will be necessary to 
post them for reduced load limits upon short notice. He requested authority 
from the Commission to erect appropriate signs on such sections, as occasion 
demands, without first going through the formality of securing the Commission's ane 
approval. The Commission approved the request by unanimous vote and ordered au 
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He estimated that this installation would cost about $250, the intersection 
being a wide one, requiring 3 beacons. The Commission approved the recommenda- 
tion. 

Request of the City of Grants Pass for the installation of a flood- 
light at the crossing of the Pacific Highway (6th Street) with the Southern 
Pacific main line tracks, in Grants Pass:- The Engineer recommended approval 
ef this installation, which he estimated would cost about $200. The Commis- 
sion approved the recommendation unanimously, subject to the condition that 
the city will agree to pay for the electricity needed to operate it. 


Request of the City of Lakeview for the installation of a floodlight 
at the crossing of the Klamath Falls-Lakeview Highway with the railroad at the 
west city limits:- The Commission approved this installation, which is esti- 
mated to cost $200. 


Request of Messrs. Price and Peters for the installation of a flood- 
light at the intersection of Southeast McLoughlin Boulevard and Ochoco Avenue, 
Portland:- The Commission approved this installation, which was recommended 
by the Engineer, and estimated by him to cost $100. 


Request of the City of Portland for the installation of "stop" and 
"go" traffic signals on a number of city streets that are state highway routes, 
particularly the following: 


Sandy Boulevard 

East Burnside Street “rom Union Avenue to 12th Street 
Interstate Avenue 

Southwest 4th Avenue between Jefferson and Burnside Streets 
Intersection of Southwest 4th Avenue and Sheridan Street 
Southwest 6th Avenue, Morrison Street to Pine 

West Burnside Street, from Broadway to 9th 

Southeast Powell Boulevard and Morrison Street 

Union Avenue, from Columbia Boulevard to Clay Street 


The Engineer estimated that the state's share of such installations would be 
$53,870.41, based on the city paying one-half the cost. In view of the ex- 
pense involved, the Commission decided that it could not finance all of these 
installations this year. After considerable discussion, the Commission au- 
thorized the installation of the signals on Sandy Boulevard, East Burnside 
Street, and Interstate Avenue, the state's share of which is estimated to 
cost $21,000, provided the project is also approved by Commissioner Aldrich, 
it being considered that these are the most important signal installation 
projects in Portland. 


In this connection the Ingineer advised that the City of Portland 
wishes to use signal controllers of one manufacture but is not particular as 
to what company furnishes the signal heads and pedestals. He pointed out that 
in order to conform with the city's wishes it will be necessary for the state 
to either make an outright purchase of the controllers from the company desig- 
nated by the city or permit the city to purchase the controllers and turn 
them over to the state for installatiom, the cost of the same to be credited 
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with respect to this matter, es conveyed to Colonel T. M. Robins of the U. S. 
Engineers' Department, by letter dated March 19, 1937. 


The Commission considered and ordered filed letters from the North 
Tillamook Chamber of Commerce and Coos River Grange No. 701 opposing the pro- f 
posal of the League of Oregon Cities to secure $800,000 of state highway funds Py 
to finance the construction and maintenance of city streets. 


A resolution was presented from Rickreall Grange No. 671 alleging 

that a dangerous condition exists for traffic at the curve on the Salem-Dallas 
Highway just west of the Oak Knoll Golf Course, and demanding that the Highway 
Commission take steps as may be necessary to remedy this condition at once. 
The Secretary was instructed to inform the Grange that the Highway Commission 
is cognizant of the fact that there are numerous places on the state highway 
system where conditions are not the best for travel, and is doing the best 
that it possibly can with the funds available to improve these conditions, but 
all cannot be undertaken at the same time because of the cost involved. Fur- : 
ther, that appropriate signs and warning signals have already bee’) installed f 
at the curve referred to, which should help considerably until the Commission &€ 
is financially able to reconstruct the highway to eliminate this curve. He 7 
was also instructed to advise the Grange that the Commission will consider {i 
this project in the formulation of its next construction program, although it | ; 
is not in a position at this time to meke a definite promise in regard thereto. 

: 

' 


A letter was presented from Smith-Wood Products, Inc., Coquille, re- 
questing sidewalk construction along the Oregon Coast Highway from the city 
limits of Coquille to its plant located nearby. The Commission referred this 
matter to the Engineer for investigation and report. 


The Commission discussed an inquiry from Mrs. Mary H. Clark, Port- i 
land, as to when the Commission expects to make a definite decision with re- be 
spect to the adoption of a permanent route for the Pacific Highway West, ‘ 
through Tigard. The Secretary was instructed to inform Mrs. Clark that the 
Commission regrets the delay in reaching a decision in this matter but is 
doing all that it can to secure information on which to base its decision and 
hopes to be able to decide the matter in the near future. The Commission or- 
dered & report from the Attorney for its next meeting, on the status of the 
right of way options. ; 


The Commisaion discussed an inquiry from the Oregon Piling Company 
as to when the Commission expects to allow the truck hauling of logs on a 2- 
mile section of the Wolf Creek Highway just west of Sunset Camp. The matter 
was referred to the Engineer for investigation and report at the next meeting. 


The Commission considered and ordered filed a letter from the South- 
west Portland Community Club to City Commissioner O. R. Bean, of Portland, rel- 
ative to the proposed construction of the westerly approach to the Ross Island 
Bridge, in Portland. 


| The Commission discussed a letter from the Canby Kiwanis Club re- 
questing permission to erect a Kiwanis Club Sign in a prominent location along 
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that the postings shall be confirmed by the Commission by appropriate resolu- 
tion at ite first meeting following the posting of the roads. . 


The matter of furnishing a water supply for the new W.P.A. camp 
that is being established by the Works Progress Administration near Manning, 
on the Wolf Creek Highway, had the attention of the Commission, The Engineer 
advised that the W.P.A. authorities have investigated the possibility of se- 
curing a aater supply and have found that wells that have been drilled at a 
number of places in this vicinity are not very satisfactory; furthermore, 
they have not been successful in making satisfactory arrangements to secure 
water from the town of Banks, but it appears that a satisfactory supply can 
be secured from the spring located on property owned by Rex E. Rose, who is 
demanding the payment of $5.00 per month for the same. He further advised 
that the W.P.A. regulations will not permit an expenditure of W.P.A. funds to 
pay for a water supply under an agreement or easement, so the W.P.A. officials 
have asked the state to pay this expense. The Engineer recommended approval 
of the request during the lifetime of the camp, in view of the fact that the 
value of the materials, buildings, and other supplies tha‘ will be left at the 
camp when the W.P.A. work is concluded will be considerably more than enough 
to reimburse the state for the cost of the water. The Commission approved the 
recommendation unanimously. 


The Commission considered and approved for payment the bill present- 
ed by the American Association of State Highway Officials, in the amount of 
$350.00, covering the dues of the State of Oregon in such association for the 
year 1939. 


The Commission discussed and referred to Mr. R. H. Baldock, State 
Highway Engineer, letters from H. E. Debolt, Albert Backman, Jr., and W. H. 
Bailey, all of Carlton, opposing any change in the state herd laws that would 
place the Panther Creek District of Yamhill County in open range territory. 


The Commission referred to Mr. Lewis A. McArthur, President of the 
Oregon Historical Society, a letter from Mrs. Jennie Reeher, Forest Grove, 
requesting that the bridge to be constructed over the Wilson River on the Wil- 
son River Highway, near the old Reeher homestead, be named "Reeher Bridge” in 
honor of the Reeher family who were pioneers of this district, 


The Commission discussed but deferred action on a letter from ¥z, 
F. N. Finch, General Manager, Union Pacific Railway Company, offering to fur- 
nish a “jump wire" to highway patrolmen operating in the Columbia River Gorge 
so they can report dangerous conditions existing along the railroad and the 
highway, in case of emergency. The Commission requested additional informa-~ 
tion from the Engineer and the Attorney regarding this matter before rendering 
a decision. 


A letter was presented from Mr. W. L, Finley, Portland, urging the 
Highway Commission's support in the matter of preserving the fish and wild 
game life along the streams in the Willamette Valley that are included in the 
Willamette River Flood Control District. The Engineer was instructed to pre- 
pare a letter for the Chairman's signature outLining the Commission's attitude 
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require the construction of about 500 lineal feet of permanent type snow cal 
fence, and that the total cost of the same, including acquisition of neces- 
sary right of way, would amount to about $400. He explained, however, that, 
while the fence would aid considerably in controlling the drifting snow dur- 
ing ordinary winter conditions, it would not be of much value during extreme- 
ly bad weather; nevertheless, he recommended installation of the fence be- 
cause it will do some good and will not cost a large sum. The Commission ep- ' 
proved the recommendation unanimously. 1 é 


Ths Engineer reported briefly on investigations that have been made 
at the request of Benton County Court for the improvement of the county road 
which extends from the Corvallis-Newport Highway to the Corvallis Golf Club. 
The Commission deferred its decision in this matter until all Commissioners 
are present. 


The Engineer reported that construction work on the I.0.N. Second- 
ary Highway, between Jordan Valley and Rome, has been completed and the road 
opened to general public use, so it is no longer necessary for traffic to be 
routed over the old county road through Danner, which road has been main- 
tained by the state as a temporary highway detour during construction opera- 
tions. He suggested, in view thereof, that the Commission take action as may 
be necessary to return the old road to Malheur County for maintenance, and 
particularly the old bridge that crosses Jordan Creek, near Danner, which is ae 
in bad condition and is now posted for maximum loads of 5 tons. He gave as A cs 
his thought that it would not be necessary for the Commission to adopt a for- Ante 
mal resolution abandoning the old county road as a state highway, inasmuch 
as it was not included in the secondary highway designation, but was used 
simply as a convenient detour during construction of the state highway. After 
discussion, and in view of the Engineer's report, the Commission instructed (| 
the Secretary to notify the Malheur County Court by letter that this county ; 
road is no longer needed by the state for detour purposes and that the High- } 
way Commission no longer assumes any responsibility for the same but expects 
Malheur County hereafter to assume such responsibility, as in the past, before 
it was used as a state highway detour. 


The Commission considered briefly the Oregon Electric Railway Com- 
pany's claim for damage that it alleges occurred to its property adjacent to 
Barbur Boulevard, Portland, by reason of the installation of improper drain- 
age facilities when the highway was reconstructed. The Commission referred 
this matter to the Attorney for additional information and report. 


The Engineer reported that Contracts Nos. 2029, 2092, 2101, 2102, 
2105, 2106, and 2133, for the construction of state highway projects, have 
been completed according to the requirements of the contracts or modifications , 
thereof, and that said jobs are now ready for acceptance. The following reso- 
lution accepting the above projects was offered and was adopted by the unani- 
mous vote of the Commission: 


WHEREAS, the Engineer has reported that the following State 
Highway Commission contracts for the construction of state highway 
projects have been completed according to the terms and provisions of 
the contracts and said jobs are now ready for acceptance: 
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the Pacific Highway, either within or without the city limits of Canby. A de- 
cision in this matter was deferred by the Commission pending 4 re 

the Engineer as to what has been done about ridding the highways of advertis- 
ing signs of all kinds, including signs of civic organizations. 


The Commission discussed a letter from Sante Clara Grange No. 746, 
Eugene, suggesting that the old and new Pacific Highway routes between Junc- 
tion City and Eugene be designated U. S. Highway No. 99E and U. S. Highway No. 
9M, respectively. The Commission denied the request in view of the fect that 
the American Association of State Highway Officials, which is the official 
body thet approves U. S. numbered routes, is opposed to the designating of al- 
ternate routes by the same number, The Commission ordered that the Grange be 
so informed and that Mr. F. W. White, Eugene, who also has requested such des- 
ignation, be likewise informed. 


The Secretary presented a letter from the Asphalt Institute, Pacific 
Coast Division, San Francisco, suggesting the scheduling of the Highway Com- 
mission's contract lettings in the latter part of February and the first part 
of March, 1939, so as not to interfere with the attendance of engineers, con- 
tractors, and producers at its meeting which is to be held in Los Angeles dur- 
ing the week of February 27, 1939, and the conventions of the American Road 
Builders and of the Associated General Contractors which are to be held in 
San Francisco during the following week. It was brought out in the discussion 
that the Commission has already scheduled its March meeting so 4s to fit in 
with the meetings of the Associated General Contractors and the fiestern Asso- 
ciation of State Highway Officials, in San Francisco, and it is now too late 
to make ary change, particularly in view of the fact that to advance the con- 
tract letting that has been scheduled for March 2 would not give sufficient 
time to prepare the projects, and the postponement of the letting would dis- 
rupt the Commission's plans for the season's construction work. The Secretary 
was instructed to so inform the Manager of the Asphalt Institute. 


The Commission considered and ordered filed a petition signed by 
numerous residents of the city of Portland urging the construction of a ramp 
extending from the east approach of the Bybee Avenue viaduct, Portland, north- 
erly, to a connection with McLoughlin Boulevard, for the convenience of north- 
bound traffic from southeast Portland. 


The Commission also considered and ordered filed a letter from Mr. 
0. C. Shankle, opposing such ramp construction. 


A resolution from the Yamhill County Farmers' Union favoring the 
distribution of one-third of the highway revenues to the counties of the 
state on the basis of source of revenue and road mileage had the attention of 
the Commission. The Commission took no action on the matter. 


A letter was presented from the Fremont: Highlanders Ski Club, Lake- 
view, requesting the construction of snow fence along a short section of the 
Warner Valley Secondary State Highway near its junction with the Fremont High- 
way north of Lakeview, as an aid in keeping this highway free from snow 
blockades. The Engineer advised that to comply with this request would 
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providing for maintenance of a reservoir and pipe line on the com- an 
pany's property, in connection with the Umpqua Lighthouse State ey 
Park, in Douglas County. ug 


Bargain and Sale Deed, conveying unto the Southern Pacific 
Company located in Lots 4, 5, 6, 7, and 8 of Block 20, ey 
—— areca Second Addition to the City of Albany, in Linn Coun- 


Permit authorizing Morrison-Knudsen Company, contractors, 
to maintain a temporary trestle roadway over the new Columbia 
River Highway right of way at Onion Rock. 


od 


@ being no further business to come before the Commission at 
meeting wes adjourned at 12:15 o'clock p. m. 


Commissioner 


: a 
Portlan:., Oregon, March <, 1939 


The State Highway Commission met in regular session at 9:00 o'clock 
a. m. in the auditorium of the Public Service Builaing. Present were: 


Henry F. Cabell, Chairman 

E. B. Aldrich, Commissioner 

F. L. Tou Velle, Commissioner 

R. H. Baldock, State Highway Ingineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


Before the reading of the bids on the projects advertised for this 
meeting, Chairman Cabell announced that since the Jericho Lane-Bloucher proj- 
ect on the Hood River Secondary Highway, in Hood River County, was advertised 
for bids, it was discovered that an error had been nade in the prevaration of 
the specifications and that the item “hauling base materials" was listed as 
100,000 cubic yards, whereas it shoulda have been listed as 100,000 yard miles. 
He said that, while the Commission feels that probably this item was under- 
stood by the contractors bidding on this work, there is a possibility that 
there is a question in the minds of some of the bidders, so the Commission 
has decided not to open the bids on this particular project at this meeting 
and has instructea the Secretary to return the bids to the respective bidders 
unopéhed. He added that the project would be readvertised for bids to be re- 
ceived at the next regular meeting of the Commission. 
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Contract No. 2092, with Harold Blake, for paving the 
Columbia Boulevard-Harding Avenue Section of the Pacific 
a West, in Multnomah County. Completed December 12, 
1938. 


Contract No. 2101, with Leonard & Slate, for highway 
roadbed and concrete bridge construction on the Fleming 
Ranch-Schindler Bridge Section of the Albany-Lyons 
Highway, in Linn County. Completed January 5, 1939. 


Contract No. 2102, with D. L. Ashton, for roadside in 
t on the Shedd-Halsey Section of the Pacific High- 
way East, in Linn County. Completed December 10, 1938. 


Contract No. 2105, with Fisher Bros., for grading and 
surfacing the Bend Section of the Century Drive Secondary 
Highway, in Deschutes County. Completed October 17, 1938. 


Contract No. 2106, with Angelo Doveri, for construc- 
tion ef a frame building at Klamath Falls, in Klamath Coun- 
ty. Completed January 7, 1939. 


Contract No. 2133, with Rogers Construction Company, 
for furnishing crushed rock for the Moro-Wasco County Line 
Section of the Sherman Highway, in Sherman County. Com~ 
pleted January 23, 1939. 


THEREFORE, BE IT RESOLVED, that the work covered by said 
state highway contracts for the construction of said state highway 
projects be declared completed according to the terms of the respec- 
tive contracts, and. said jobs are hereby accepted and final payment 
in connection with each is hereby authorized. 


The Commission considered and signed agreements, et cetera, as fol- 
lows: 


Quitcleim deed clarifying the county deed record with respect 
to property owned by Frank D. Baird, Baker County. 


Easement granting to Washington County authority to construct 
and maintain a road across state-owned property for temporary use 
during the lifetime of the newly-established W.P.A. camp on the 
Wolf Creek Highway. 


Easement agreement with the Menasha Wooden Ware Company 
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COVE SECONDARY HIGHWAY 
NOYES RANCH-COVE SECTION 
GRADING, SURFACING, OILING, CRUSHED GRAVEL 


Mountain States Construction Company $38, 738. 

Leonard & Slate 39,790. 

F. R. Hewett ,097. 
’ 


E. H. Itschner 
Newport Construction Company 
Company 


FoSHS 
Sgesases 
BSSSassss 


E. C. Hall 3943. 
Babler Bros. ’ . 
Warren Northwest, Inc. 45,605. 
SALE OF BUILDING IN MARSHFIELD 
Building No. 5097-8 
(Occupied by H & H Secondhand Store) 
Elmer L Newton $126.00 
Adams, Wyatt & Cuper 30.00 


Chairman Cabell announced that the award of contracts would be made at 2:00 
o'clock p. m. in the same room. 


The Commission had under consideration approval of a site on the 
right of way of the East Portland-Oregon City Highway, in Oregon City, for a 
large-scale bust of Dr. John McLoughlin which certain people of Oregon City 
desire to erect at this historical spot. The Engineer advised that the site 
tentatively selected by the sponsors is near the intersection of the highway 
with 10th Street, although they are still considering a site near the old 
McLoughlin house at the top of Singer Hill. He gave as his opinion that the 
erection of the monument on the highway would not be objectionable from the 
highway standpoint and recommended approval of the site if the sponsors final- 
ly decide to locate it there. He pointed out that the state's contractor is 
now constructing this section of the highway, in view of which the Commission 
should know very soon just where the sponsors are going to erect this monument 
so, if the highway site is definitely selected, arrangements can be made to 
prepare it. The Commission ay,proved the recommendation unanimously. 


The Engineer reported on the cost to construct a pedestrian under- 
pass under the East Portland-Oregon City Highway at llth Street, in Oregon 
City, for the benefit of fishermen, as has heretofore been requested by the 
Clackamas County Planning Board and the fishermen's association. He advised 
that it would cost about $3,472 to build this underpass, and gave as his 
thought that the expense is not justified because he did not believe it would 
be used to any great extent. He suggested, in lieu thereof, the construction 
of steps leading from the highwey to the municipally-owned boat moorage in the 
Willamette River if and when such moorage is constructed; also, that fishermen 
be allowed to use the existing steps and privately-owned moorage facilities 
during the present fishing season providing no interference is caused the 
state's contractor. After discussion, the Commission approved the Engineer's 
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Bids as follows for highway construction projects and for the sale 
of a building at Marshfield were then opened and read in conformance with pre- 
viously published notice: 


MIST-CLATSKANIE SECONDARY HIGHWaY 
CLATSKANIE-SUMMIT SECTION - SURFACING, OILING, CRUSHED ROCK 


U 

Mountain States Construction Company 7,815.00 

R. 0. Dail & Warren Bros., Inc. 30,027.80 

Saxton, Looney & Risley 31,088.20 

Warren Northwest, Inc. 33,104.50 

Babler Bros. ---- 

Tidepoint Company 33,425.00 

Cc. J. Eldon 34,132.00 

Homer G. Johnson 39,508.50 

Dolan Construction Company ---- 40,159.40 


THE DALLES-CALIFORNIA HIGHWAY 
LOBERT SECTION - GRADING. 


Roy L. Houck $19, 718.00 
McNutt Bros. 23,327.00 
Leonard & Slate 24,240.00 
E. L. Gates 25,394.00 
E. C. Hall Company 26,670.00 
Cc. J. Eldon 27,067.00 
Clifford A. Dunn 27,968.00 
Geo. Schmidt Construction Company 36,486.00 


BONANZA-MALIN COUNTY ROAD 
POE VALLEY SECTION - GRADING AND SURFACING 


Clifford A. Dunn $22,720.00 
E. C. Hall Company 28,534.50 
Geo. Schmidt Construction Company 34,214.00 
McNutt Bros. 36,840.50 


NORTH POWDER RIVER COUNTY ROAD 
NORTH POWDER-DAVIS RANCH SECTION 
GRADING 


C. E. Silbaugh Company $16,270.00 
Leonard & Slate 16,576.00 
E. H. Itschner 17,471.40 
Hart Construction Company 19, 366. 75 
F. R. Hewett 19,762.15 
¥. C. Hall Company 20, 828.00 
Babler Bros. 21,467.00 


8668 


was to designate this road as a secondary state highway when the new road has 
been completed. 


Mr. Howard inquired whether or not it would be possible to secure 
the oiling of a l}-mile section of the county road extending from Chiloquin 
to the Chiloquin Mill this summer when the state is doing cther oiling work 
in this vicinity. He explained that the county doec not have the equipment 
required to do the oiling work and that the County Court thought it might be 
possible to have this work done by one of the state's oiling contractors who 
might be working in that vicinity this summer, thus avoiding the high costs 
that would undoubtedly occur if the jobwere contracted alone. He was in- 
formed that the Commission has no objection to the county arranging with the 
state's contractor to do this work in connection with the state's job; but, 
of course, the state work would have to be done first. However, the possi- 
bility that the state will have any oiling work in this vicinity this year is 
very remote; in fact, it does not ap ear now that it would be possible to 


contract any oiling work in this vicinity until the fall of 1939, at the 
earliest. 


Mr. Howard then inquired as to the possibility of securing the re- 
construction of a short section of the Klamath Falls-Lakeview Highway at 
Dairy, to eliminate several sharp curves in the existing road. He was in- 
formed that, while this project is short in length, it is a very costly one 
and it does not now appear that the Commission will be able to finance it 
this year. However, the Commission will bear it in mind. 


Mr. Howard also asked for the improvement of the Klamath Lake Sec- 
ondary Highway. He advised that Klamath County is cooperating with the U. Ss. 
Forest Service in the construction of a forest development road extending 
from this highway to the "Lake of The Woods" and they now have a pretty good 
road leading into this district, but their main trouble is the condition of 
the state secondary highway which they would like very much to have improved 
from the Lake of The Woods junction to the end of the existing 2iled section. 
He was informed that the Commission does not have sufficient funds available 
tofinance such improvement this year but the project will be kept in mind for 
future consideration. 


The improvement of the road extending south from the Willamette High- 
way to Crescent Lake was also brought up for discussion by Mr. Howard, who 
urged the improvement as a forest highway project. He was informed that the 
forest highway program for this year has already been arranged and cannot be 
changed, so that the earliest that the project could be considered for such 
program would be in programming of the 1940 funds. He was also informed that 
there are no state funds available with which to finance this project this 


year. 


Mr. George Hibbert, City Manager of Milton, came before the Commis- 
sion in the interest of the Oregon-Washington Highway through Milton. He par- 
ticularly urged a revision to eliminate the curve in the present road at the 
south city limits, and the widening and paving from the south city limits 
northerly to the point where the proposed new highway will leave the present 
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recommendation unanimously, with the understanding that as soon as the present 
fishing season ends the existing privately-owned moorage facilities shall be 
discontinued and permission to operate such facilities at this location here~ 
after shall not be granted unless the facilities are mwunicipally owned. 


The Engineer reported that, in accordance with previous instructions 
from the Commission, the complaint of County Judge Nelson B. Higgs, of Harney 
County, concerning the condition of the Central Oregon Highway near Buchanan 
has been investigated and it appears that Judge Higgs's complaint does not 
particularly concern the spring that flows onto the highway at this point but 
is a request for the surfacing of a 3-mile section of the highway which be- 
comes very soft and muddy during the spring breakup and during wet periods. 
The condition that Judge Higgs complains of, he said, cannot be remedied by 
maintenance. The Enginee> was instructed by the Commission to have Division 
Engineer W. C. Williams contact Judge Higgs and explain to him fully the Com- 
mission's plans for the surfacing of this section and the difficulty of tak- 
ing care of the situation of which he complains. 


The Commission discussed the Engineer's report on the cost to con- 
struct a sidewalk along the Coos Bay-Roseburg Highway from the city limits of 
Coquille to the plant of the Smith Wood Products Company. The Engineer ad- 
vised that this section is about 1800 feet long and to grade and construct an 
oiled footpath 44 feet wide thereon would cost about $1100. Further, that 
the City of Coquille has offered to cooperate in the project by constructing 
the portion within the city limits, about 115 feet in length. He estimated 
that there are about 1000 pedestrians who use this road daily between the 
town and the mill, ail of whom are required to walk on the pavemeni “=cause 
the shoulder is too narrow. He gave as his thought that the construction of 
Sidewalks in cases of this kind is fully justified and accordingly recom 
mended approval of the project under discussion. The Commission approved the 
recommendation by unanimous vote. 


In this connection, the Commission considered the adoption of a 
policy with respect to the construction of sidewalks along state highway 
Tights of way and decided hereafter to build such sidewalks or footpaths at 
state expense, in the event that investigations, including pedestrian traffic 
counts, justify the improvement. 


The Commission considered and signed a petition directed to the 
County Court of Marion County requesting the vacation of streets in the plat- 
ted subdivision known as Silver Falls City, Marion County, which subdivision 
is now owned by the state and is included in Silver Falls State Park. 


Mr. Frank Z. Howard, County Engineer of Klamath County, came before 
the Commission at this time in regard to a number of highway projects in Klam- 
ath County. He presented a resolution from the Klamath County Court request- 
ing that the Modoc Point-Klamath Agency Section of The Dalles-California High- 
way, which no longer will be of value as a primary state highway when the new 
highway north of Modoc Point is completed, be retained by the state as a sec- 
ondary state highway when the new highway is opened for public use. The mat- 
ter was discussed at considerable length and the Commission's final decision 
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operations on the highway about May 1, although the Commission cannot make any 
definite promise at this time that the highway will be open by then, but the 
Commission will open it to travel as soon as possible. The Commission re- 
ferred the matter to the Engineer for final decision. 


This matter was reconsidered by the Commission later in the session, 
when the Engineer advised that inquiry has also been made by the Sunset Log- 
ging Company as to when the Commission expects to allow the truck-hauling of 
logs from Sunset Camp to a point in Tillamook County where they are carrying 
on logging operations. He pointed out that a large fill is under construc- 
tion at the county line and gave as his thought that logging trucks should not 
be allowed to operate over this fill until it is completed and rocked, which 
would probably be a considerable length of time after rock has been placed on 
the balance of the section. He recommended, therefore, the modification of 
the Comnission's previous instructions so as to include the entire section 
from Sunset Camp to this big fill; in other words, that the Commission ap- 
prove log-hauling operations over the entire section from Sunset Camp to the 
big fill as soon as the W.P.A. forces have completed the rocking operations 
and when, in his opinion, the hauling of logs over the same will not be in- 
jurious to the roadbed. The Commission approved the recommendation unani- 
mously and instructed the Secretary to so inform the Sunset Logging Company. 


A delegation from Deschutes County, consisting of County Commis- 
sioner Wm. Baer; Don Peoples, Secretary of the Bend Chamber of Commerce; and 
J. W. Elliott, Superintendent of the Warm Springs Indian Reservation, was 
present in regard to a number of highway projects in Deschutes County. Mr. 
Baer asked the Commission to authorize some excavation work at the intersec- 
tion of The Dalles-Celifornia Highway with the Tumalo-Deschutes Market Road 
so as to improve the sight distance at such location. He said that the high- 
way at this point is constructed in a deep rock cut and that traffic approach- 
ing the highway from the market road does not have a clear view of the high- 
way until within a very “ew feet of the highway pavement. He asked the Com- 
mission to investigate this condition and to take steps as may be necessary 
to alleviate the same. F 

The Commission agreed to inspect this intersection the next time 
it is in the vicinity of Bend. The Engineer was instructed to investigate 
the condition in the meantime and to render a report thereon. Mr. 3aer filed 
with the Commission a petition bearing the names of numerous citizens of Des- 
chutes Ceunty supporting his oral request. 


Mr. Peoples presented a request on behalf of County Judge W- R. 
Cook, of Jefferson County, for the surfacing of the Warm Springs Highway east- 
erly from the Deschutes River crossing to the end of the section that was sur- 
faced. last year. He also asked for the construction of a bridge over the 
Warm Springs River on the Warm Springs Highway, near He He Sutte. He was in- 
formed that the Commission has these projects in mind but can make no definite 
statements or promises regarding them at this time because of the question of 
funds. Chairman Cabell stated that it might be possible to do the surfacing 
project this fall in the event that the state obtains additional P.W.A. funds 
but the Commission has no definite assurance at this time that it will be able 
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each side of the highway pavement, which they would like to have paved. The 
Engineer advised that investigations to date of this section consist merely of 
a reconnaissance survey. He suggested, inasmuch as the present highway at the 
south city limits of Milton must be used for many years to come, that a loca- 
tion survey be conducted at this time to determine the permanent location and 
to ascertain how much it would cost to eliminate the curve referred to by Mr. 
Hibbert and to widen the existing pavement from this point up to the place 
where the new highway will conneot with the present road. The Commission ap- 
proved the suggestion and thereupon authorized him to make such location sur- 
vey. Mr. Hibbert advised that he would ascertain immediately upon his return 
to Milton whether or not the city would acquire the right of way for this im- 
provement. 


A delegation from Umatilla County, consisting of County Judge Carl 
W. Chambers; County Commissioners Wm. P. Meiners and Wm. Switzler; Roy Ritner, 
representing the Pendleton Chamber of Commerce; W. L. Rayburn, and S. A. 
Barnes, both of Weston, Oregon, came before the Commission in the interests 
of the Weston-Elgin Secondary Highway. Judge Chambers headed the group. They 
particularly asked for the oiling of the section between Weston and Tollgate. 
Speaking on behalf of the improvement were Messrs. Chambers, Ritner, and 
Barnes. They reiterated arguments priviously presented on behalf of this proj- 
ect. 


Judge Chambers stated that this project is the County Court's first 
choice of projects for the Federal Aid Secondary Highway Program, in Umatilla 
County. Chairman Cabell advised that the fiscal year 1940 federal aid second- 
ary highway funds are very limited, and accordingly projects must be curtailed 
to a large extent, so the Commission probably will not be able to undertake 
this entire improvement at one time. He inquired which section the delegation 
prefers constructed first, so that the Commission can have such information 
when arranging the program for the 1949 funds. Judge Chambers rep\ied that, 
in their cetimation, it would be desirable to commence at the east end of the 
unoiled section where it joins the forest highway section that is to be oiled 
this year; however, they are not »articular and any section that the Commis- 
sion prefers will be satisfactory to them. The Commigsion made no definite 
commitments or promises relative to this project. In this comection the Sec- 
retary presented a letter from the Weston Chamber of Commerce urgently re- 
questing the oiling of this road. 


Mr. R.E.Baker, representing the Oregon Piling Co., Portland, came 
before the Commission and inquired when the Commission proposes to allow the 
truck-hauling of, piling on a 2-mile section of the Wolf Creek Highway imme- 
diately west of Sunset Camp. The Engineer advised that rocking operations 
are under way on this section and, in his estimation, the hauling of logs or 
piling thereon should not be allowed until these operations are completed, 
which he thought would be about May 1, 1939. ‘The Commission concurred in the 
Engineer's viewpoint and told Mr. Baker that he could make his plans for 
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"North Powder-Davis Ranch Section of the North Powder River 
County Road, in Union County. 4.65 miles grading. The low bid re- 
ceived for this job was that of C. E. Silbaugh Company, Pendleton, 
at $16,270.00. The next low bid was that of Leonard & Slate, Mult- 
nomah, at $16,576.00. There were 5 higher bidders. The Commission 
awards this job to C. E. Silbaugh Company, the low bidders, at 
their bid of $16,270.00. 


“Noyes Ranch-Cove Section of Cove Secondary Highway, in Union 
County. 5.5 miles grading, surfacing, and oiling; also furnishing 
1,500 cu.yds. crushed gravel in stock piles. The low bid submitted 
for this project was that of Mountain States Construction Company, 
Eugene, at $38,738.50. The next low bid was that of Leonard & 
Slate, Multnomah, at $39,790.00. There were 6 higher bidders. The 
Commission has referred all bids received to the Engineer with 
power to award the contract to the low bidder, the Mountain States 
Construction Company, when certain conditions have been fulfilled." 


Building in Marshfield 

"Building No. 5097-8 (occupied by H & H Secondhand Store). 
The Commission received 2 bids for the purchase of this building, 
that of Elmer I. Newton, Marshfield, at $126.00 being high. The 
other bid was that of Adams, Wyatt & Cuper, North Bend, at $30.00. 


The Commission has sold this building to the high bidder, Elmer I. 
Newton, at his bid of $126.00." 


A delegation from Coos County, consisting of Ed W. Miller, Manager, 
Oregon Coast Highway Association; Dr. J. H. Bennett, representing the Marsh- 
field Chamber of Commerce; and Messrs. Joe Larson, George Landrith, and Ben 
Hahaffey, came before the Commission and requested the oiling of the Coos Riv- 
er Secondary Highway between the town of Eastside and the Fnegren Ferry. Mr. 
Miller headed the group and introduced the speakers. 


Dr. Bennett advised that the Marshfield Chamber of Commerce has gone 
on record as endorsing this project. This is a heavy-traffic road, he said, 
carrying more traffic than any other road of its class in the southwestern 
part of the state, and is badly in need of repair at the present time. He 
filed with the Commission a petition signed by numerous taxpayers residing 
in the Coos River Valley, who urged this improvement. Mr. Larson concurred in 
the remarks of Dr. Bennett and also urged the improvement from the recreation- 
al road standpoint. 


Mr. Miller pointed out the possibilities of this road as a loop high- 
way from Marshfield, past Golden Falls State Park and Loon Lake,to a connec- 
tion with the Umpqua Highway near Scottsburg; thence to Reedsport and North 
Bend. He also asked the Commission to give serious consideration to other 
projects along the Oregon Coast Highway and mentioned completion of this high- 
way in the northern part of Tillamook County and lesser projects through the 
small towns of Curry County. It was his thought that, while the Highway Com- 
mission's funds are at a low ebb, these small projects could be disposed of 
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to secure such funds. ~ The construction of the Warm Springs River bridge, he 

said, is a federal lands highway project which the Commission proposes to fi- 
nance with public lands funds. However, the Government has reduced greatly 

the appropriation for this purpose, so it does not seem possible now to build 
the bridge this year, although the Commission plans to do some grading work 
near the bridge this season. Ghairman Cabell also advised that, while the 

Commission cannot make any definite commitments or promises in regard to this 
project now, it will bear it in mind and will endeavor to contract the work if 
at all possible. . 


Mr. Elliott presented a resolution from the Jefferson County Chamber 
of Commerce urging the completion of the surfacing of this highway from the 
end of the present surfacing to Warm Springs Agency and also urging the Com- 
mission to grade additional sections of the Warm Springs Road between Warm 
Springs Agency and the Wapinitie Cutoff in preference to any work on The Dalles- 
California Highway south of Madras. 


The Commission adjourned at 12:00 o'clock noon and reconvened at 
2:00 o'clock p. m. in the same room, with all members present and participat- 
ing. Also present were the State Highway Engineer, the Attorney, and the Sec- 
retary. 


Chairman Cabell announced the following awards of the contracts, and 
sale of building at Marshfield, bids for which were received at the morning 
session, such awards having been previously approved by the Commission by 
unanimous vote: 


"Clatskar.'e-Summit Section of the Mist-Clatskanie Secondary 
Highway, in Columbia County. 6.46 miles surfacing and oiling; also 
furnish 600 cu. yds. crushed rock in stock piles. The low bid sub- 
mitted for this project was that of the Mountain States Construc- 
tion Company of Eugene, at $27,815.00, based on the use of road oil. 
They submitted no bid based on the use of tar. The next low bid 
was that of R. 0. Dail & Warren Bros., Inc., Portland, at $30,027.80 
based on the use of road oil, and $29,969.60, based on the use of 
tar. There were 7 higher bidders. The Commission has awarded this 
contract to the Mountain States Construction Company at their low 
bid of $27,815.00, using road oil. 


"Lobert Section of The Dalles-California Highway, in Klamath 
County. 0.50 mile grading. Roy L. Houck, Salem, submitted the low 
bid for this project at $19,718.00. Mcllutt Bros., Eugene, were the 
second low bidders with their bid of $23,327.00. There were 6 high- 
er bidders. This contract is awarded to Roy L. Houck, the low bid- 
der, at $19,718.00. 


"Poe Valley Section of the Bonanza-Malin County Road, in Klam- 
ath County. 2.99 miles grading and surfacing. Clifford A. Dunn, 
Klamath Falls, submitted the low bid on this job at $22,720.00. E. 
C, Hall Company, Eugene, submitted the next low bid at $28,534.50. 
There were 2 higher bidders. The Commission rejects all bids re- 
ceived and has ordered the project readvertised. 
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before the Oregon Legislature and which provides a method for the determina- 

tion of the weight of a load of logs by log scale rather than by actual weigh- 

ing. He asked the Commission not to oppose this bill because, in his estima- ; 
tion, it will provide a convenient method of determining the weight of a load , 
of logs, which is a very difficult thing to do under present weight restric- 

tions, there being no way to determine the actual weight when the trucks are 

loaded in the woods. It is a very difficult matter, he said,’ for operators 

to load their trucks in the woods so as not to exceed the statutory limits as 

to weight, and sometimes when the trucks are weighed on the Highway Depart- 

ment's scales they are found to be overloaded, with the result that fines are 

imposed, and, in addition thereto, the trucks are suspended from operation 

for @ period of time designated by the State Highway Commission. The opera- 4 
tors do not object to the payment of a fine, he said, but they do object to 

their trucks being taken out of service. He cited several cases of this kind 

in the vicinity of Prineville, which, he declared, have created a very un- 


favorable condition and threaten to close down the mills operating in this 
locality. 


Chairman Cabell advised that the Commission has a lot of sympathy 
for logging operators and recognizes the importance of the logging industry. 
However, it is the obligation of the Commission to protect the interests of 
the general public. The Commission would not be fulfilling that obligation, 
he said, if it did not oppose the passage of Senate Bill No. 99. He explained 
that the Commission feels that if this bill becomes a law it would only re- 
sult in the continuous overloading of trucks in log-hauling service and that : 
eventually the highways would be pounded to pieces and the lives of the trav- 
eling public would be endangered. He further explained that the Commission 
is of the firm belief that a limit in pounds is absolutely essential in order <9 
that the roads may be properly designed by the engineers. A law which would : 
allow operators a 10 per cent tolerance, he said, would probably be favored by 
the Commission but a law that does not set a weight limit would be objection- 
able for reasons stated. 


In the discussion of this matter Mr. Graham alleged that a number of 
the trucks which supply the mills at Prineville have been suspended from oper- 
ating because of overloads that did not exceed 300 pounds, which, as he under- 
stands it, is under the tolerance heretofore authorized by the Commission. 

The Secretary was instructed to check the records in regard thereto. 


Messrs. L. C. Smith and L. C. Sanford, of Newport, came before the 
Commission in regard to a right of way matter at Newport. They advised that 
they are developing their property adjacent to the Oregon Coast Highway a 
short distance north ef the Yaquins Bay Bridge and in connection therewith 7 
propose to.construct a sidewalk on the highway right of way, but they are 
handicapped by reason of the fact that the right of way at this point is 20 
feet wider than that on the adjoining sections; and, if they are required to 
build’their sidewalk at the right of way line, it will result in a jog at each 
point where the right of way narrows. They alleged that when the right of way , 
was acquired by the state an extra 20-foot strip was taken from their proper- 
ty for slope protection, for which they made no charge. It was their thought 
that this extra 20-foot strip is of no value to the state and asked that it be 
deeded back to them so that they can proceed with their improvements, as 
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so that when a large project suddenly arises the Commission would not be 
handicapped by lack of funds in undertaking it. 


Chairman Cabell mentioned the projects that the Commission is now 
undertaking in Coos County, including the Catching Slough Bridge, the improve- 
ments to the Cape Arago Secondary Highway, and the proposed improvement of 
the Oregon Coast Highway through the Bunker Hill District, in Marshfield, for 
which bids are to be received April 6. Notwithstanding these projects, he 
said, the Commission will be glad ‘to give careful consideration to the Coos 
River Secondary Highway project but no definite commitments or promises can 
be made at this time in regard thereto. 


A delegation from Crook County, consisting of County Judge A- kK. 
Bowman; W. B. Morse, Mayor of Prineville; D. W. Graham, City Attorney of 
Prineville; Frank Folsom, W. L. Forsythe, C. W. Woodruff, and H. Baldwin, 
came before the Commission in regard to construction of the Warm Springs Sec- 
ondary Highway between Prineville and Madras. Judge Bowman headed the group 
and introduced the speakers. He urged the Commission to construct the Prine- 
ville-Jefferson County Line Section of this highway as soon as possible and 
advised that this project is the County Court's first choice of projects for 
federal aid secondary highway funds that are allotted to Crook County. He 
alleged that the development of their county is being held up by reason of 
the fact that this road has not been constructed, and urged the Commission to 
give is consideration for early construction. 


foie cal analan dined 


Chairman Cabell advised the status of the Commission's finances and 
pointed out that, because of the present shortage of funds, the Commission is 
obliged to curtail expenditurcs and to defer some projects. He also advised 
that the Commission has not yet formulated its program for 1940 federal aid 
secondary highway funds, but when that matter comes up for discussion the Com- 
mission will give serious consideration to this project. He gave as his un- 
derstanding that the section from Prineville northwesterly to the Jefferson 
County line is the County Court's first choice for such funds and that the 
county's first choice of federal aid primary projects is the improvement of 
the Ochoco Highway west from Prineville. Judge Bowman confirmed the Chair- 
man's understanding of this matter and added that, if the Commission cannot 
possibly finance the improvement of the entire section of the Warm Springs 
Highway between Prineville and the county line, it would help a lot if the 
Commission would build the section immediately north of Prineville to the 
railroad overhead crossing at the Pine Products Company's mill. 


Mayor Moree brought up for discussion the proposed rerouting of the 
Warm Springs Highway in Prineville. He urged a decision in this matter so 
that contemplated developments in their town may proceed. He was informed 
that the Commission has not as yet made a decision in this matter but will 
endeavor to do so at its next meeting and will then hold a pubiic hearing in 
Prineville on the subject, as is required by statute. The Engineer was in- 
structed to render a report on this matter at the meeting to be held in 
April. 


Mr. Graham brought up for discussion Senate Bill No. 99 that is now 
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Speaking on behalf of the northerly route were the following: 


County Judge H. D. Kerkman, who stated that the County Court is 
unanimously in favor of the northerly route; also, that Washington 
County will cooverate in the construction of the railroad grade sep- 
aration project and will contribute to this project funds that would 
have been spent for right of way for the Garden Home grade separa~ 
tion project, which is no longer in the Commission's program; 


County Commissioners James Lewis and J. W. Hughes, who confirmed 
the remarks of Judge Kerkman; 


W. M. Evans, banker, and Charles Thompson, Chairman of the 
School Board, who stated that the School Board feels that the high- 
way in its present location would be better from the standpoint of 
the school transportation system because it would obviate the ne~- 
cessity of rearranging their bus routes. The present road, he said, 
goes directly in front of the school buildings and has never been 
considered as a hazard to the school children; rather, that it has 
been an advantage. He added that the School Board is opposed to the 
adoption of the southerly route and is unanimously in favor of the 
retention of the present route, but, if a change has to be made, 
the Board favors the northerly route; 


Mr. Hoffarber, service station and garage owner, who stated 
that he favors the northern route because it will not seriously af- 
fect his business; 


Mr. Zwiener, who stated that he resides along the so-called 
southerly route but objects to the adoption of such route because it 
will ruin his home. He favored the northerly route, 


Mr. Chilson, who stated that he owns a ld-acre tract of land 
along the southerly route, which bisects his property. He also said 
that he is o2posed to the adoption of the southerly route because he 
does not want to subject his children to the hazard of fast-moving 
highway traffic; furthermore, his tract is small enough now without 
being divided by the highway. 


One of the delegates, who did not give his name, steted his prefer- 
ence for the northerly route because the highway would then go in front of 
their school. It was his thought that this was a good thing because teachers 
would then be able to give the school children close supervision when they 
cross the highway, whereas such supervision could not be given were the high- 
way located some distance away from the school. Mr. Upshaw stated that he rep- 
resents the Tigard Lions Club, which has gone on record as being unanimously 
in favor of the northerly route. 


Messrs. R. H. Clarke and Claude I. Scoffins, Portland, also appeared 


before the Commission in regard to this matter. Mr. Clarke stated that he has 
no preference as to route but is very much concerned in securing immediate 
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contemplated, including the constructicn of a sidewalk on alignment that will 
conform with the sidewalk on the adjoining sections. 


tant to deed back property. that onee has been acquired. Mr, Sanford stated 
let title te this strip remain with the state 
be constructed at the same distance 
along the narrower sections and if 
front of their premises. The 


there is so much pedestrian traffic, to and from 

use the pavement. Furthermore, he and Mr. Smith cannot proceed with the de- 
velopment of their proverties until they know just what the state will permit 
them to do. Chairman Cabell reiterated that the Commission is reluctant to 
deed away any land that once has been acquired. However, the Commission will 
look over the premises the next time it is in that vicinity, although it is 
making no commitments or promises relative thereto now. It was his thought 
that a definite answer would be given by the first of April. v 


Mr. L. C. Smith filed with the Commission letters from L. G. English, 
District Attorney, Lincoln County, and James F. Baird, Mayor of Newport, in 
support of their oral request. 


Mr. Thomas Tongue, attorney, Hillsboro, headed a large delegation 
from Tigard and vicinity, which conferred with the Commission in regard to the 
proposed relocation of the Pacific Highway West through Tigard. Others in the 
delegation were: Peter Potwin, Ray Christensen, A. Zwiener, Hans Goorde, F.W. 
Winkel, W. E. Upshaw, John Panck, J. C. Bilyeu, Emil A. Johnson, H. P. Vir- 
mulye, George H. Jackson, Leonard Gamroth, W. M. Evans, C. Christensen, 
Charles Thompson, F- L. Mitchell, C- L. Grant, J. A. Menzies, Albert Hoffar- 
ber, H. G. Doriot, Dan Berdar, and G. Bustrom, all of Tigard; W. I. Lacey, E. 
R. Ritter, and C. L. Chilson, all of Portland; County Judge H. D. Kerkman, of 
Washington County; and Coty Commissioners James Lewis and J. W. Hughes. 


These people presented arguments in behalf of the most northerly of 
the routes under consiceration. Mr. Tongue stated that practically all of the 
businessmen in Tigard favor the northerly route because the adoption of any 
other route would be detrimental to their tom. He mentioned the towns of 
Sherwood and Tualatin as examples of towns which were badly hurt when the high- 
way was constructed @ considerable distance away from then. 


The Engineer gave figures, a5 follows, for construction of the two 
routes that have been considered; namely, the northern route and the s outhern 
route. Right of way cost on the northerly route, he said, is estimated at 
$95,000, and that along the southerly route at $56,000. The construction of 
the northern route, he said, is estimated to cost about $249,000, as compared 
to $265,000 for the southerly route, making a tota’. estimated cost for the 
northerly route of $344,000, and $321,000 for the southerly route, or & dif- 
ference of $23,000 in favor of the southerly route. 
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to make these improvements at the present time because of the shortage of 
funds with which to finance the work. The Com#ission is not in position at 
the present time, he said, to make any promises or commitments to this proj- 
ect, but will give it due consideration in the formulation of future construc- 
tion programs. Mr. Washburne filed a petition, signed by 747 citizens of Lane 
County, urging this improvement. He also filed with the Commission a letter 
from the Lions Club of Junction City endorsing the project. 


A delegation from Clackamas and Multnomah Counties, headed by Wal- 
lace R. Telford, Chairman of the Clackamas County Planning Board, came before 
the Commission in behalf of the early reconstruction of the Cascade Secondary 
Highway (82nd Street Road) between Pope Hill and Oregon City. Others in the 
delegation were William Haberlach, member of the Clackamas County Planning 
Board; T. J. Armentrout, Joe Luding, Harry Black, S. C. Williams, Nelson H. 
Scott, L. Mathiesen, Charles H. Johns, Axel Kildahl, and L. M. Lepper, all 
from Portland and representing the Southeast Portland Chamber of Commerce. 
Mr. Armentrout introduced the speakers. 


Mr. Williams urged the improvement on behalf of the Southeast Port- 
land Chamber of Commerce and 12 other organizations of eastside Portland. He 
said that all of these clubs are wholeheartedly and enthusiastically in favor 
of the improvement of the 82nd Street highway. He alleged that this improve- 
ment has been promised by the Hignway Commission heretofore but construction 
has been postponed from time to time and they feel that they are entitled to 
it at an early date. He said they are not particular which route the Commis- 
sion selects but they positively want the improvement during the year 1939, 
on a 4-lane highway basis. He gave four reasons supporting his request: 
first, 6 miles of this road are now constructed to military standards but will 
be of very little service to the people until this highway is connected by 
standard improvement to the "Super Highway" at Oregon City. Second, three- 
fourths of the people of Portland live on the east side of the Willamette Riv- 
er and are entitled to some of the benefits of tourist travel. Third, the 
highway will be of great benefit to tourists as it will provide a bypass route 
away from the eastside business district. Fourth, this highway will make di- 
rect connections with the proposed new highway up the Columbia River, with the 
Lombard Street bypass to the St. Johns Bridge,ma with Sandy Boulevard, the 
present Columbia River Highway route. He presented a letter from the Board 
of Commissioners of iiultnomah County urging that serious consideration be giv- 
en by the Highway Commission to the reconstruction of this road to modern 
standards at the earliest possible time. 


Messrs. Mathiesen, Lepper, and Telford also spoke on behalf of this 
project. Mr. Lepper quoted from a letter that he has received from W. H. 
Lynch, District Engineer, Bureau of Public Roads, in which Mr. Lyn-h advises 
that the Federal Government is ready to approve the project whenever the High- 
way Commission is ready to construct the same. He confirmed Mr. Williams's 
statement to the effect that they are not particular where the highway is lo- 
cated but they want the improvement very soon. It was his thought that the 
sale of highway bonds to finance the work is justified if that is necessary. 
This concluded the conference. 
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action by the Commission because while the present uncertainties exist people 
cannot develop or improve their properties. Mr. Scoffins stated that he owns 
what is known as the Tigard Highway Tracts, which are located along the south- 
erly route, and expressed regrets that there is any necessity to change the 
present routing of the highway. He spoke in favor of the adoption of the 
southerly route, particularly because such route would take the highway away 
from the high school, grade school, and St. Anthony private school, He re- 
ferred to a petition previously filed with the Commission signed by 38 resi- 
dents of Tigard, endorsing the southerly route. 


Cheirman Cabell stated that from the expressions received it is ap- 
parent that the delegetion appearing before the Highway Commission today rep- 
resents people of Tigard who are in favor of the northerly route. There may 
be others, he said, who favor the southerly route, and, inasmuch as he has 
previously informed a number ef people from Tigard that the Commission would 
give the numerous factions a chance to be heard on the matter before a de- 
cision is rendered, he believed that that is the thing to do. The Commission, 
he added, will be glad to hear the arguments of the proponents of the southern 
route and he asked Mr. Scoffins to notify these people to that effect. He ex- 
plained the policy of the Highway Commission with respect to the routing of 
main highways by stating that where there are alternate routes under consider- 
ation, the Commission must consider primarily a route that will best serve the 
general public interest. Where there are two routes, he said, either of which 
would be satisfactory, and the local interests are greatly benefited by one, 
and the general traveling public would be equally well served by that route, 
or at least not greatly inconvenienced by it, then the Commission is inclined 
to favor the local interests; but, where one route is overwhelmingly more prac- 
tical and beneficial from the standpoint of the general traveling public, then 
the local interests have to be sacrificed. He thanked the delegation for 
its presentation and advised that the Commission will consider the arguments 
presented and will make its decision es soon as possible. 


Mr. Tongue filed with the Commission a petition signed by numerous 
bona fide businessmen and property owners of Tigard, urging the Highway Com- 
mission to lay out and establish a new route for the Pacific Highway West in- 
mediately north and west of the business section of said town. 


Mr. C. M. Hulburt, Blachly, Oregon, headed a delegation from Junc-~ 
tion City and vicinity, which urged improvements to the Siuslaw Highway, and 
particularly the construction of a tunnel to eliminate sharp curves and ex- 
cessive grades in the present highway, near Triangle Lake. Others in the del- 
egation were: Claude Washburne, banker, of Junction City; Lawrence Bauman, 
representing the Triangle Lake Lumber Company; Carol Hult and J. P. Hult, rep- 
resenting the Hult Lumber Company; Ray Condon, merchant, of Horton; Bob Sia- 
ter, merchant, of Blachly; Wm. Russell, lumber merchant, of Eugene; and R. 
Board, representing the Shell Oil Compary, Junction City. Speaking on behalf 
of this improvement were Messrs. \Wieshburne, Bauman, and Hult. 


Chairman Cabell advised that the Commission appreciates the fact 
that the present Siuslaw Highway is in need of improvement to eliminate the 
curves und excessive grades, but it does not appear possible for the Commission 
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A letter was presented from W. H. Lynch, District Engineer, Bureau 
of Public Roads, suggesting that, inasmuch as the state-wide planning survey 
is now sufficiently advanced to provide the factual data required in the se- 
lection of a federal aid secondary highway system, that such system be select- 
ed and approved prior to any commitment as to the fiscal year 1940 federal 
aid secondary highway funds. After discussion, the Commission instructed the 
Engineer to prepare a list of roads eligible for such system (the smallest 
list that will meet the present requirements of the Federal Government) for 
consideration by the Commission at its next regular meeting in April. 


The Engineer requested authority to purchase the following equip- 
ment: 


2 - 10-ton road rollers for use of oiling crews, 2 obsolete rollers 
to be traded in as part purchase price. Total net cost $8,000, 


1 - 6-ton tandem roller for paving crew, 1 old roller purchased in 
1929 to be traded in as part purchase price. Estimated total 
net cost $3,300. 


12 ~ light-weight trucks, 12 old trucks to be traded in as part pur- 
chase price. Estimated net total cost 10,800. 


1 - pickup truck, 1 old pickup truck that has been driven 120,000 
miles to be traded in as part purchase price. Estimated net 
cost $700, 


10 ~ asphalt heaters to replace a like number of heaters that are 
worn out and obsolete. Total estimated cost $6,500. 


6 - mowing machines. Hstimated total cost $7,200. 


12 - light-type cars, 12 old cars that have been driven at least 
100,000 miles each to be traded in as part purchase price. 
Estimated net total cost $9,000. 


1 - integrating dynamometer. Estimated cost $125, 


1 - accounting machine and special card carrier together with filing 
equipment for use in connection with the new system of inventory 
control that is being installed at the Salem Shops. Estimated 
cost $3,000. 


The Commission by unanigous vote approved the purchase of this equipment and 
instructed the Engineer to order same through the State Purchasing Agent in 
accordance with the usual practice. 


The Engineer reported receipt of several offers to purchase at $3.00 
per cord approximately 200 cords of wood that have been salvaged from the Ox-— 
bow Tunnel on the Robinette-Homestead Secondary Highway, which wood is now 
piled near the tumnel portal. He advised that the wood is of no value for 
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The Commission adjourned at 5:00 o'clock p. m., to reconvene at 7:30 
o'clock p. m. in the Benson Hotel. 


Portland, Oregon, March 2, 1939 


The State Highway Commission reconvened in regular session at 7:30 
o'clock p. m. in Room 301 of the Benson Hotel. Present were: 


Henry *. Cabell, Chairman 

E. B. Aldrich, Commissioner 

F. L. Tou Velle, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


A letter was presented from the Canby Kiwanis Club requesting per- 
mission to place a Kiwanis sign at some prominent place along the Pacific 
Highway, either within or without the city limits of Canby. The Attorney ad- 
vised that the Commission does not have control over the erection of signs 
within the limits of incorporated cities and towns but it does have control 
of such matters outside of such limits. In view of this advice, the Commis- 
sion decided to deny the request in so far as it vertains to that portion of 
the highway that is under its control. The Secretary was instructed to so 
inform the Kiwanis Club. 


In the discussion of this matter, the Engineer recalled that the 
Commission previously ordered that the various civic service clubs and like 
organizations be contacted relative to the removal of their signs from high- 
way rights of way. These instructions, he said, have been carried out, and 
in response thereto some of the clubs have removed their signs, but there are 
many still being maintained on the state's preperty. He suggested that it 
might be advisable to bring this matter to the attention of the Oregon Road- 
side Council and to request their assistance in connection with their road- 
side cleanup program. The Commission approved the suggestion and instructed 
the Engineer to bring the matter to the Roadside Council's attention. The 
Commission also instructed the Ingineer to contact the various service clubs 
again in a month or two with respect to the removal of their signs. 


The Commission considered and denied the request from Mr. C. 0. 
Bradley, Portland, to purchase 2 truckloads of gravel from the state-owned 
stock pile adjacent to the Mt. Hood Highway near Brightwood, it being strict- 
ly contrary to the Commission's established policy to permit state-omed ma~ 
terial to be given or sold for use in private undertakings. 


The Commission also considered and denied the request of the City 
of Echo to use a state-owned gravel pit near the Columbia River Highway as 4 
city garbage dump, this pit being needed as a source of material for future 
highway construction; and, in addition thereto, its use as a dumping place 
would create a very unsightly condition. 


for a proposed revision of the Lower Columbia River Highway between Goble and 
Rainier. He estimated that such survey would cost $500. The Commission ap- 
proved the request unanimously. 


The Commission had under consideration the revised offers of the 
United States of America to contribute P.W.A. funds to aid in financing the 
construction of the Umpqua River Bridge, on the Pacific Highway, in Douglas 
County; the construction of a maintenance building at Albany, in Linn County; 
and the construction of the Richland-Halfway Section of the Baker-Homestead 
Highway, in Baker County. 


After discussion of such revised offers, the following resolutions 
were proposed by Commissioner Tou Velle and read in full: 


A RESOLUTION ACCEPTING THE OFFER OF THE UNITED STATES TO. THE STATE 
HIGiWAY COMMISSION OF TH STATE OF OREGON TO AID BY WAY OF GRANT IN 
FINANCING THE CONSTRUCTION OF THE UMPQUA RIVER BRIDGE AND THE ACQUI- 
SITION OF NECESSARY LANDS AND RIGHTS OF WAY THEREFOR. 


Be It Resolved by the Oregon State Highway Commission: 


OR a pak. t 
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Section 1. That the offer of the United States of America 
to the State Highway Commission of the State of Oregon to aid by way 
of grant in financing the construction of the Umpqua River Bridge 
and the acquisition of necessary lands and rights of way therefor, a 
copy of which offer reads as follows: 
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"P. W. 87270-15 
"FEDERAL EMERGENCY ADMINISTRATION OF PUBLIC WORKS 


"Washington, D. C., 
Dated: Feb 2 1939 
Docket No. Oreg. 1298-F 


"State Highway Commission of the 
State of Oregon 


Salem, Oregon 


"1, Subject to the Terms and Conditions (PiA Form No. 230, as 
amended to the date of this Offer), which are made a part hereof, 
the United States of America hereby offers to aid in financing the 
construction of a highway bridge with approaches, including the ac- 
quisition of necessary land and rights of way (herein called the 
"Project"), by a grant to the State Highway Commission of 
the State of Oregon (herein called the "Applicant") in the amount 
of 45 per cent of the cost of the Project upon completion, as deter- 
mined by the Federal Energency Administrator of Public Works (herein 
called the "Administrator"), but not to exceed, in any event, the 
sum of $59,551. 
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state highway purposes, and recommended sale of the same at such rate. The 
Commission approved the recommendation unanimously. 


g 
; 
; 
| 
>: 
ty 
t; 
i, 
}- 
Ai. 


The Commission had under discussion the damage claim of the Oregon 
Electric Railroad Company arising out of the construction of the Barbur Boule- 
vard Section of the Pacific Highway West, in Portland. The company alleges 
that when this highway was built by the state improper drainage facilities 
were proviced and as a result a slide occurred on the adjacent reilroad prop- 
erty, causing the company considerable expense, for which reimbursement is re- 
quested. The Engineer advised that this matter has been thoroughly investi- 
gated and it has been determined that the slide was not the result of faulty 
highway construction and was not due to any condition for which the Highway 
Commission or the state can be held responsible; furthermore, it is the opin- 
ion of the Commission's Attorney, who has gone into the facts of the case, 
that the railroad company's claim is one for which the Highwey Commission is 
not legally obligated. In view of this report the Commission Genied the 
claim by unanimous vote. , 


The Engineer reported that, in accordance with authority previously 
given him by the Commission, he has awarded contracts as follows, bids for 
which were received by the Commission at its meeting on January 26, 1939: 


Grading Albany Overcrossing Section of the Pacific Highway 
East, in Linn County. Contract awarded January 31, 1939, to Roy 
L. Houck, Salem, the low bidder. 


Construction of an overcrossing structure on the Pacific High- 
way East, in Albany. Contract awarded January 31, 1939, to Moun- 
tain States Construction Company, Eugene, the low bidder. 


The Commission, by unanimous vote, confirmed the award of these contracts as 
reported by the Engineer. 


Reconsideration was given by the Commission to the request of Wal- 
lowa County Court for snow removal on 4 1/4-mile section of the county road 
which extends from Wallowa Leke to the homes of some of the employees of the 
Pacific Power and Light Company. The Ingineer recalled that the Commission 
denied this request at a previous meeting, it being understood at that time 
that the county was asking the state to do this work at state expense. How- 
ever, it now develops that the county is willing to pay the cost involved. 

He recommended, in view of the circumstances, that the request be approved 
subject to the condition that the county will pay for the work in monthly in- 
stallments as bills are rendered. The Commission approved the recommendation 
unanimously. : 


The Commission discussed and by unanimous vote confirmed the action 
taken at the meeting on January 27, 1939, with respect to the establishment 
of a policy to be followed hereafter in connection with the installation of 
traffic lights along state highway routes within incorporated cities and towns. 


The Engineer requested authority to make a reconnaissance surv2y 
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connection with the acceptance of said offer as may be requested tat 
by the Federal Emergency Administration of Public Works. PR 


A RESOLUTION ACCEPTING THE OFFER OF THE UNITED STATES TO THE STATE 
HIGHWAY COMMISSION OF THE STATE OF OREGON TO AID BY WAY OF GRANT IN 
FINANCING THE CONSTRUCTION OF THE ALBANY MAINTENANCE BUILDING IN 
LINN COUNTY AND THE ACQUISITION OF NECESSARY LANDS AND RIGHTS OF 
WAY THEREFOR. 


Be it Resolved By the Oregon State Highway Commission: 


Section 1. That the offer of the United States of America re 
to the State Highway Commission of the State of Oregon to aid by way 
of grant in financing the construction of the Albany Maintenance 
Building in Linn County and the acquisition of necessary lands and I 
rights of way therefor, a copy of which offer reads as follows: 


=P, W. 87435-1 


“Washington, D. C. ae 
Dated: Feb 8 1939 iF | 
Docket No. Oreg. 1282-F Ee 


“FEDERAL EMERGENCY ADMINISTRATION OF PUBLIC WORKS pst 


"Oregon State Highway Commission, | 
Salem, Oregon 


"1. Subject to the Terms and Conditions (PWA Form No. 230, as i 
amended to the date of this Offer), which are made a part hereof, the ; 
United States of America hereby offers to aid in financing the con- | 
struction of a highway maintenance building, including grading, land- 
scaping and fencing of site, and the acquisition of necessary land a 
(herein called the "Project"), by making a grant to the Oregon State 5 
Highway Commission (herein called the "Applicant") in the amount of rh 
45 percent of the cost of the Project upon completion, as determined 
by the Federal Emergency Administrator of Public Works (herein called 4 
amare » but not to exceed, in any event, the sum of 

SJ . 


"2, By acceptance of this Offer the Applicant covenants to com- t 
plete the Project with all practicable dispatch, and in any event by 
March 18, 1939. 


"3, This Offer is made subject to the express condition that, 
if the Administrator shall determine at any time that the Applicant 
has paid or agreed to pay, whether directly or indirectly, a bonus, 
commission or fee to any person, firm or corporation for attempting 
to procure an approval of the Applicant's application, or for al- 
leged services in procuring or in attempting to procure such approval, 
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"2, By acceptance of this Offer the Applicant covenants to 
complete the Project with all practicable dispatch, and in any event 
by Octover 1, 1939. 


"3, This Offer is made subject to the express condition that, 
if the Administrator shall determine at any time that the Applicant 
has paid or agreed to pay, whether directly or indirectly, @ bonus, 
commission or fee to any person, firm or corporation for attempting 
to procure an approval of the Applicant's application, or for al- 
leged services in procuring or in attempting to procure such approw- 
al, or for activites of the nature commonly knom as lobbying per- 
formed or agreed to be performed in connection with the application, 
then the Administrator shall have the right, in his discretion, to 
rescind this Offer and any agreements resulting herefrom, and, in 
the event of such rescission, the United States of America shall be 
under no further obligation hereunder. 


"4, The acceptance of this Offer by the Applicant shall effec- 
tuate a cancellation of the contract created by the acceptance of 
the Offer dated September 12, 1938, made by the United States of 
America to the Applicant: Provided, that the cancellation of such 
contract shall not impair or vitiate any acts performed or proceed- 
ings taken thereunder prior to such cancellation, but such acts or 
proceedings may be continued under the contract created by the ac- 
ceptance of this Offer. 


“UNITED STATES OF AMERICA 


Federal Emergency Administrator 
of Public Works 


By (Sgd.) E. W. Clark 
For the Assistant Administrator" 


be and the same is hereby in all respects accepted. 


Section 2. That the State Highway Commission of the 
State of Oregon and the State of Oregon agree to abide by all Terms 
and Conditions relating to such grant, a copy of which Terms and 
Conditions were annexed to the Government's offer and made a part 
thereof. It is hereby covenanted that the work on the project de- 
scribed in the offer will be completed with all practicable dis- 
patch, and in any event by October 1, 1939. 


Section 3. That J. M. Devers, Assistant Attorney General 
for Oregon, and Attorney for the State Highway Commission of the 
State of Oregon be and he is hereby authorized and directed forth- 
with to send to the Federal Emergency Administration of Public Works 
three certified copies of this Resolution and three certified copies 
of the proceedings of this Commission in connection with the adop~ 
tion of this Resolution, and such further documents or proofs in 
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to the State Highway Commission of the State of Oregon.to aid by 
way of grant in financing the construction of the Richland-Halfway 
Section of the Baker-Homestead Highway in Baker County and the ac- 
quisition of necessary lands and rights of wey therefor, a copy of 
which offer reads as follows: 


id W. 87633-5 


"FEDERAL EMERGENCY ADMINISTRATICN OF PUBLIC WORKS 


"Washington, D. C., 
Dated: Feb 20 1939 
Docket No. Orege 1294-F 
"State Highway Commission of the 
State of Oregon 


Salem, Oregon 


"Subject to the Terms and Conditions (PWA Form No. 230, as 
amended to the date of this Offer), which are made a part hereof, 
the United States of America hereby offers to aid in financing the 
construction of highway improvements, including the acquisition 
of necessary land and rights of way (herein called the “Project), 
by making a grant to the State Highway Commission of the State of 
Oregon (herein called the "Applicant" ) in the amount of 45 percent 
of the cost of the Project ypon completion, as determined by the 
Federal Emergency Administrator of Public Works (herein called the 
"Administrator"), but not to exceed,in any event, the sum of $28,099. 


"2, By acceptance of this Offer the Applicant covenants to 
complete the Project with all practicable dispatch, and in any 
event by November 29, 1939. 


"3, This Offer is made subject to the express condition that, 
if the Administrator shall determine at any time that the Appli- 
cant has paid or agreed to pay, whether directly or indirectly, a 
bonus, commission or fee to any person, firm or corporation for at- 
tempting to procure an approval of the Applicant's application, or 
for alleged services in procuring or in attempting to procure such 
approval, or for activities of the nature commonly know as lobby- 

' ing performed or agreed to be performed in connection with the ap- 
plication, then the Administrator shall have the right, in his dis- 
cretion, to rescind this Offer and any agreements resulting here- 
from, and, in the event of such rescission, the United States of 
America shall be under no further obligation hereunder. 


"4. The acceptance of this Offer by the Applicant shall ef- 
feotuate a cancellation of the contract created by the acceptance 
of the Offer dated September 12, 1938, made by the United States 
of America to the Applicant: Provided, that the cancellation of 
such contract shall not impair or vitiate any acts performed or 
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4. The acceptance of this Offer the applicant shall effec- 
tuate a cancellation of the contract Bo For by the acceptance of 
er dated August 27, 1938, made by the United States of Ameri- 
cant: Provided, that the cancellation of such con- 
not impair or vitiate any acts performed or proceedings 
prior to such canceliation, but such acts or pro- 
~ 4 Pca under the contract created by the accep- 
er. 


"UNITED STATES OF AMERICA 
Federal Emergency Administrator 
of Public Works 


By (Sgd.) 4H. A. Gray 
Assistant Administrator" 


be and the same is hereby in all respects accepted. 


Section 2. That the State Highway Commission of the State 
of Oregon and the State of Oregon agree to abide by all Terms and 
Conditions relating to such grant, a copy of which Terms and Condi- 
tions were annexed to the Government's offer and made a part thereof. 
It is hereby covenanted to complete the work with all practicable 
dispatch and in any event by March 18, 1939. 


Section 3. That J. M. Devers, Assistant Attorney General 
for Oregon, and Attorney for the State Highway Commission of the 
State of Oregon be and he is hereby authorized and directed forth- 
with to send to the Federal Emergency Administration of Public 
Works three certified copies of this Resolution and three certified 
copies of the proceedings of this Commission in connection with the 
adoption of this Resolution, and such further documents or proofs 
in connection with the acceptance of said offer as may be requested 
by the Federal Emergency Administration of Public Works. ' 


A RESOLUTION ACCEPTING THE OFFER OF THE UNITED STATES TO THE STATE 
HIGHWAY COMMISSION OF THE STATE OF OREGON TO AID BY WAY OF GRANT IN 
FINANCING THE CONSTRUCTION OF THE RICHLAND-HALFWAY SECTION OF THE 

BAKER-HOMESTEAD HIGHWAY IN BAKER COUNTY AND THE ACQUISITION OF NEC- 
ESSARY LANDS AND RIGHTS OF WAY THEREFOR. 


Be it Resolved By the Oregon State Highway Commission: 
Section 1. That the offer of the United States of America 


8688 


and Crater Lake National Park boundary. He recommended the adoption of appro- 
priate resolutions and the posting of these roads in accordance therewith. 
After discussion the Commission approved the Engineer's recommendation and by 
unanimous vote adopted the following resolutions with respect thereto: 


WHEREAS, the following roads or highways have been duly 
designated and declared to be and are state highways, and have been 
improved and are being maintained by the State Highway Commission 
ao to the laws of the State of Oregon as state highways, to- 

g 


FREMONT HIGHWAY 
KLAMATH FALLS~LAKEVIEW HIGHWAY 


AND WHEREAS, the said above-named state highways are in 
the judgment of the State Highway Commission being subjected to a 
kind and character of traffic which is damaging and injuring the 
said highways, and in order to protect said highways ageinst such 
damage and injury, it is deemed and is the judgment of the Highway 
Commission, and said Commission finds that it will be for the best 
interests of the said highways that the maximum weights permitted 
and authorized by law be reduced; 


NOW, THEREFORE, the premises being in part as above stat- 
ed, and the State Highway Commission having as a result of due in- 
vestigation found that the roads above mentioned and hereinafter 
designated are being damaged and injured on account of the kind and 
character of traffic now being hauled over and upon said roads, and 
by reason of the fact that vehicles carrying maximum loads moved at 
the maximum speeds specified by the provisions of the laws of the 
State of Oregon are breaking up, damaging and deteriorating the said 
roads, 


IT IS HEREBY ORDERED, that the maximum weight of combined 
load and vehicle which shall be permitted upon the within-named roads 
shall not exceed the weight herein fixed. 


The maximum weights which shall apply to the following 
highways, to-wit: 


FREMONT HIGHWAY from Silver Lake to Lakeview, in Lake 
County 


KLAMATH FALLS-LAKEVIEW HIGH:AY from the junction with The 
Dalles—California Highway to Lakeview, in Klamath and Lake Coun- 
ties 


shall be restricted to the following weights: the combined weight 
in pounds bearing on the surface of the highway at contact with the 


tread on the wheels of any one axle of a vehicle or combination of 
vehicles shall not exceed the product of four hundred fifty (450) 
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proceedings taken thereunder prior to such cancellation, but such 
acts or proceedings may be continued under the contrect created by 
the acceptance of this Offer. 


‘WUNITED STATES OF AMERICA 


Federal Emergency Administrator 
of Public Works ; 


By (Sgd.) E. W. Clark 
For the Assistant Administrator" 


be and the same is hereby in all respects accepted. 


Section 2. That the State Highway Commission of the State 
of Oregon and the State of Oregon agree to abide by all Terms and 
Conditions relating to such grant, a copy of which Terms and Condi- 
tions were annexed to the Government's offer and made a part thereof. 
It is hereby covenanted to complete the work with all practicable 
dispatch, and in any event by November 29, 1939. 


Section 3. That J. M. Devers, Assistant Attorney General 
for Oregon, and Attorney for the State Highway Commission of the 
State of Oregon be and he is hereby authorized and directed forth- 
with to send to the Federal Emergency Administration of Public Works 
three certified copies of this Resolution and three certified copies 
of the proceedings of this Commission in connection with the adop- 
tion of this Resolution, and such further documents or proofs in con- 
nection with the acceptance of said offer as may be requested by the 
Federal Emergency Administration of Public Works. 


Motion was made by Commissioner Tou Velle that the resolutions 
be adopted. The motion was duly seconded by Commissioner Alcrich and was 
adopted with the following members voting "Yes": 


Chairman Henry F. Cabell 
Commissioner E. B. Aldrich 
Commissioner F. L. Tou Velle 


The Chairman thereupon declared such resolutions carried by unanimous vote. 


The Engineer reported the need to establish reduced load limits on 
certain highways; namely, a reduction of 25% on the Fremont Highway from Sil- 
ver Lake to Lakeview, Lake County, and on the Klamath Falls-Lakeview Highway 
from its junction with The Dalles—California Highway to Lakeview; 4 reduction 
of 50€ on the following highways: Pendleton-John Day Highway between Nye 
Junction and Long Creek; Mt. Hood Highway, between Hood River and junction 
with Cloud Cap Inn Road; The Dalles-California Highway between Bend and Klam- 
ath Falls; Central Oreson Highway between Bend and Burns; Lakeview-Burns High- 
way between Valley Falls and junction with the Central Oregon Highway; Wallowa 
Lake Highway between Elgin and Rock Creek; Crater Lake Highway between Medford 
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designated are being damaged and injured on account of the kind and 
charecter of traffic now being hauled over and upon said roads; and, 
by reason of the fact that vehicles carrying maximum loads moved at 
the maximum speeds specified by the provisions of the laws of the 

State of Oregon are breaking up, damaging and deteriorating the said 


> 


IT IS HEREBY ORDERED, that the maximum weight of combined 
load and vehicle which shall be permitted upon the within-named roads 
shall not exceed the weight herein fixed. 


The maximum weights which shall apply to the following high- 
ways, to-wit: 


PENDLETON-JOHN DAY HIGHWAY from Nye Junction, in Uma- 
tille County, to Long Creek, in Grant County; 


MT. HOOD HIGHWAY from Hood River, in Hood River County, 
to Cloud Cap Inn, in Hood River County; 


THE DALLES-CALIFORNIA HIGHWAY from Bend, in Deschutes 
County, to Klamath Falls, in Klamath County; 


CENTRAL OREGON HIGHWAY from Bend, in Deschutes County, 
to Burns, in Harney County 


LAKEVIEW-BURNS HIGHWAY from Valley Falls, in Lake Coun- 
ty, to the junction with the Central Oregon Highway, in Har- 


ney County; 

WALLOWA LAKE HIGHWAY from » in Union County, to a 
point five miles west of Wallowa (Rock Creek), in Wallowa 
County; 


CRATER LAKE HIGHWAY from Medford, in Jackson County, to 
the west boundary of Crater Lake National Park, in Jackson 
County, 


shall be as follows: the combined weight in pounds bearing on the 
surface of the highway at contact with the tread of the wheels of 
the front axle of a truck or truck-trector shall not exceed the 
product of four hundred (400) multiplied by the sum in inches of 
the tire width of the wheels of such axle; and, the combined weight 
in pounds bearing on the surface of the highway at contact with the 
tread on the wheels of any one axle of a vehicle or combination of 
vehicles other than the front axle of a truck or truck-tractor, 
shall not exceed the product of three hundred (300) multiplied by 
the sum in inches of the tire width of the wheels of such axle; but, 
in no event shall the combined weight in pounds bearing on the sur- 
face of the highway at contact with the tread of the wheels of any 
one axle of a vehicle exceed the maximum limit set by law for any 
one axle. 
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limit set by law for any one axle. 


IT IS FURTHER ORDERED, that these rules and regulations as 
and found by the State Highway Commission under the provisions 
Chapter 360 of the laws of Oregon for 1931, shall be in full force 
effect until modified, annulled or voided by order of the State 
Highway Commission. 


AND IT IS FURTHER ORDERED, that a notice be posted in a con- 
spicuous manner and place at each enc of the above named highways and 
at important crossroads on said highways, so that said notice can be 
readily seen and read, which said notice shall state plainly the iimi- 
tations and prohibitions of traffic hereby in this order determined 
and fixed. 


AND BE IT FURTHER ORDERED, + a certified copy of this or- 
der be furnished to the county clerk of each county in which any por- 
tion of said highways are located, and that a certified copy of this 
order be furnished to the Superintendent of the Department of State 
Police for his information. 


WHEREAS, the following roads or highways have been desig- 
nated and declared to be and are state highways, and have been im- 
proved and are being maintained by the State Highway Commission pur- 
suant to the laws of the State of Oregon as state highways, to-wit: 


PENDLETON-JOHN DAY HIGHWAY 
MT. HOOD HIGHWAY 

THE DALLES-CALIFORNIA HIGHWAY 
CENTRAL OREGON HIGHWAY 
LAKEVIEW-BURNS HIGHWAY 
WALLOWA LAKE HIGHWAY 

CRATER LAKE HIGHWAY 


AND WHEREAS, the said above-named state highways are in the 
judgment of the State Highway Commission being subjected to a kind 
and character of traffic which is damaging and injuring the said high- 
ways, and, in order to protect said highways against such damage and 
injury, it is deemed and is the judgment of the “ighway Commission 
and said Commission finds that it will be for the best interests of 
the said highways that the maximum weights permitted and authorized 
by law be reduced; 


NOW, THEREFORE, the premises being in part as above stated, 
and the State Highway Commission having, as a result of due investi- 
gation, found that the roads above mentioned and hereinafter 
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at Clarno on the Shaniko-Fossil Secondary Highway 
No. 291, in Wasco and Wheeler Counties, 


WHEREAS, subsequent to the passage of said resolution the 
said bridge structure has been reinforced and repaired so that it 
is now capable of sustaining or supporting loads weighing up to the 
limit specified by law; and 


WHEREAS, the Commission finds that it is no longer neces- 
sary or desirable to maintain the reduced load limit set out in 
said resolution on the said Clarno Bridge, but that it is necessary, 
because of the narrowness of the bridge roadway, to post said bridge 
for one-way traffic for trucks; 


NOW, THEREFORE, BE IT RESOLVED that the action of the 
State Highway Commission reducing the maximum permissilbe load limit 
on the 


Clarno Bridge No. 291-23.8 over the John Day River 
at Clarno on the Shaniko-Fossil Secondary Highway 
No. 291, in Wasco and Wheeler Counties, 


be and the same hereby is rescinded and cancelled as of this date, 
and the maximum load limit permissible on the said bridge struc- 
ture hereafter shall be the maximum load limit provided by law; 
however, on account of the narrowness of the structure and the 
hazard that would be created by reason of trucks passing on the 
same, the said bridge shall be posted for one-way traffic for 
trucks and such posting shall consist of signs bearing the follow- 
ing words: "NARROW BRIDGE ONE-WAY TRAFFIC FOR TRUCKS", one of 
such signs to be erected at each end of said bridge structure. 


IT IS HEREBY ORDERED that a certified copy of this reso- 
lution be furnished to the County Clerks of Wasco and Wheeler Coun- 
ties, and that a certified copy of this resolution be furnished to 
the Superintendent of the Department of State Police for his infor- 
mation. 


Fea 


aT 


Be SO. a iain ths ia ec 


WHEREAS, the highway known and designated as the Shaniko- 
Fossil Secondary Highway is a state highway and therefore a highway 
under the jurisdiction and control of the State Highway Commission; 


and 


WHEREAS, said highway crosses the John Day River between 
Wasco and Wheeler Counties, across which river there has been con- 
structed and is being maintained and used a bridge; and 


WHEREAS, the State Highway Commission, after due investi- 
gation, has determined and found that said structure cannot with 
safety to the traveling public sustain vehicles traveling at speeds 
permitted under Section 55-2201, Oregon Code 1935 Supplement; and 
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IT IS FURTHER ORDERED, that these rules and regulations as 
made and found by the State Highway Commission under the provisions 
of Chapter 360 of the laws of Oregon for 1931, shall be in full force 
and effect until modified, annulled or voided by the order of the 
State Highway Commission. ‘ 


AND IT IS FURTHER ORDERED, that a notice be posted in a 
conspicuous manner and place at each end of the above-named highways 
and at important crossroads on said highways so that, said notice can 
be readily seen and read, which said notice shall state plainly the 
limitations and prohibitions of traffic hereby in this order deter- 
mined and fixed. 


AND BE IT FURTHER ORDERED, that a certified copy of this 
order be furnished to the county clerk of each county in which any 
part of said highways are located, and that a certified copy of 
this order be furnished to the Superintendent of the Department of 
State Police for his information. 


In this connection the Engineer reported that, in conformance with 
authority granted him by the Commission at a previous meeting, he posted ad- 
ditional sections of state highways, as follows, for 50% reduced load limits: 
The Dalles—California Highway between Maupin and Benc; McKenzie-Bend Highway 
between Sisters and Bend; McKenzie Highway between Sisters and Redmond; Ochoco 
Highway between Redmond and a point 6 miles east of Prineville; it appearing 
that such postings were necessary in order to preserve these roads during the 


period of thaw. However, the conditions requiring such postings have now im- 
proved to such an extent that the reduced limits are no longer needed, so he 
has had the signs taken dow. The Commission, by unanimous vote, confirmed 
the action taken by the Engineer on this matter. 


The Engineer brought up for discussion the matter of maintaining 
the reduced load limit that has been in effect for some time past on the 
Clarno Bridge over the John Dey River on the Shaniko-Fossil Secondary High- 
way. He explained that the present reduced limit was established because of 
the condition of the floor system of this bridge but the floor has now been 
replaced and the reduced limit is no longer necessary. He recommended, in 
view thereof, that the legal weight limit for this bridge be restored but 
that the bridge be posted for a maximum speed limit of 15 miles per hour and 
that the bridge be further limited to one-way traffic. The Commission ap- 
proved the Engineer's recommendation and by unanimous vote adopted the follow- 
ing resolutions with respect thereto: 


WHEREAS, on the 18th day of November, 1932, at a meeting 
of the Oregon State Highway Commission, all members being present 
and participating, the Commission passed and adopted a resolution 
reducing the maximum load limit on the following state highway 
bridge structure: 


Clarno Bridge No. 291-23.8 over the John Day River 
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already ordered a reconnaissance survey of this section but is 
not in a position at the present time to make any commitment of 
fuads to finance construction. 


Request of the Reedsport Chamber of Commerce for improvement 
of the "L" Street Section of the Umpqua Highway, in Reedsport. 


Request of the Klamath County Chamber of Commerce and the 
pole County Court for additional improvements on the Willamette 
ghway. 


Request of T. B. Watters, Chairman of the Highway Committee of 
the Klamath Falls Chamber of Commerce, for the reconstruction of a 
short section of the Klamath Falls-Lakeview Highway at the rail- 
road overcrossing at Dairy. 


Request of the St. Johns Businessmen's Association for the im- 
provement of North Ivanhoe Street from Philadelphia Street to Rich- 
mond Avenue, Portland, as a state highway connection to the St. 
Johns Bridge. 


The Commission instructed the Secretary to keep a list of these 
projects for consideration in the formulation of future construction programs. 


The Commission also considered the following requests for secondary 
state highway improvements: ' 


Request of Charles Enegren, Marshfield, for the improvement of 
the Coos River Secondary Highway just east of the north fork ferry 
on Coos River:- The Mngineer advised that the highway is in rather 
poor condition at this point and should be improved at least to a 
standard equal to the adjoining sections; further, that investiga- 
tion has been made by Division Engineer K. D. Lytle, who estimates 
that te do the work that ir. Pnegren has in mind will cost approxi- 
mately $9,000, the section being about one-half mile in length. In 
view of the costs involved the Commission denied the request for the 
time being but instructed the Secretary to make note of it for con- 
sideration in the formulation of the next secondary highway program. 


Petition from the Woodburn Community Chamber of Commerce for 
the hard-surfacing of the Woodburn-iit. Hood Loop Secondary Highway 
in Marion County during the year 1939:- The Engineer advised that 
this ‘is a meritorious project and estimated that it would cost about 
$55,000. He was instructed by the Commission to xeep it in mind for 
earnest consideration in the prevaration of the budget for 1940 funds. 


Request for the oiling of the Williams Secondary State Highway, 
in Josephine County, to a point 4 miles south of the town of Wil- 
liams:- The Engineer advised that the Commission has $30,000 bud- 
geted for a standard oiling project on this road between Provolt and 
Williams, particularly to the Williams schoolhouse, which is as far as 
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WHEREAS, it is the judgment of the Commission that because 
of the condition of said bridge the maximum speed permitted on said 
bridge should be fixed at fifteen miles per hour and it is further 
the opinion of the Commission that a one-way traffic regulation for 
trucks using said bridge should be established; 


NOW, THEREFORE, IT IS HEREBY ORDERED that the maximum 
speed permitted for motor vehicles crossing the bridge over the John 
Day River between Wasco and Wheeler Counties shall be and is fifteen 
miles per hour. 


IT IS FURTHER ORDERED that trucks using said bridge shall 
be cmfined to one-way traffic during the period for which this or- 
der is in effect. 


IT IS FURTHER ORDERED that the restrictions and regula- 
tions fixed in this order shall be in full force and effect from the 
date of this order until rescinded, modified, or revoked by order of 
the State Highway Commission. 


IT IS FURTHER ORDERED, that a notice be posted in 4 con- 
spicuous manner and place at each end of the above-named bridge 
structure so that said notice can be readily seen and read, which 
notice shall state plainly the limitations and prohibitions of the 
traffic hereby in this order determined and fixed. 


AND BE IT FURTHER ORDERED that a certified copy of this 
order be furnished to the County Clerksof Wasco and Wheeler Coun- 
ties and that a certified copy of this order be furnished to the 
Superintendent of the Department of State Police for his informa- 
tion. 4 


The Commission considered the advisability of sending a representa- 
tive to the Annual Meeting of the Western Association of State Highway Offi- 
cials which is to be held in San Francisco during the week of March 6, It 
was decided to let Division Ingineer F. D. Eason represent the Highway Depart- 
ment at such meeting, inasmuch as Mr. Eason is now attending the Annual Meet- 
ing of the Asphalt Institute in Los Angeles and it would be convenient for 
him to stop off in San Francisco on his return to Oregon. 


The Commission discussed and referred to the Ingineer for investiga- 
tion and report the complaint relative to flood conditions adjacent to the 
Oregon-Washington Highway in. Riverside Addition to Pendleton. 


The Commission had under consideration the following requests for 
primary highway improvenents: 


Request of the Rainier Commercial Club for improvement of the 


Lower Columbia River Highway between Rainier and Prescott:- The 
Secretary was instructed to inform the club that the Commission has 
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west of Medford, in Jackson County, for the benefit of school chil- 
dren:- The Engineer was instructed to investigate this project, in 
line with the newly-established policy covering sidewalk construc- 

tion, and to render a report thereon, including estimates of cost, 

at the next meeting. 


Request of the City of The Dalles for the filling-in of the 
highway right of way where it fronts on the site of the city's pro— 
posed civic building and natatorium at the west city limits of The 
Dalles:- The Engineer recommended approval of this request, which 
he estimated would cost about $1,145. The Commission approved the 
recommendation unanimously. 


The following communications had the attention of the Commission: 


Letter from Mrs. Adrian Ford, Astoria, requesting permission 
to erect a monumental marker on the right of way of the Oregon 
Coast Highway at Astoria at the point where her son recently lost 
his life in an automobile accident. The Commis~‘on denied the re- 
quest as a matter of policy and instructed the Secretary to convey 
such information to Mrs. Ford in an appropriate sympathetic letter. 


Letter from the City of Eugene requesting the erection of ap- 
propriate signs directing truck traffic through that city in ac- 
cordance with the routing designated by the Eugene City Council:- 
It was explained that what the city wants is for the state to erect 
signs directing truck traffic over other city streets than those 
selected for general traffic using the Pacific Highway. The At- 
torney advised that the Commission has authority to furnish and ‘ 
erect necessary directional signs as the Commission desires. In in 
view thereof the Commission authorized the Engineer to erect such oy 
signs provided the Commission, in so doing, does not assume any a q 
responsibility for the maintenance of the streets and that it will 12 
be clearly understood that the erection of the sigs by the Commis~ 
sion will not be deemed as a selection of streets for a state high- 
way route and that the Commission's responsibility will extend no 
further than simply furnishing and erecting the signs as may be 
requested by the city. 


Letter from County Judge Earl B. Day, of Jackson County, re- 
questing right of way fence construction along the Sams Valley 
Secondary Highway betw2en Gold Hill and Sams Valley:- The Commis- 
sion denied this request as a matter of policy. 
Communication from the Associated Chambers of Commerce of 
Southwestern Idaho and Eastern Oregon expressing avpreciation for 
the progress that is being made toward the completion of the I.0.N. 
Highway, and urging additional improvements thereon:- The Commis- : 
sion ordered the communication filed. ‘ 


Resolution from Jefferson County Chamber of Comuerce requesting 
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the road is in condition to receive standard oil treatment. To ex- 
tend the improvement the extra four miles with a light oil treat- 
ment, he said, would cost an additional $2,500. After discussion, 
the Commission approved the standard oil construction from Provolt 
to the Williams schoolhouse, as a Federal Aid Secondary Highway proj- 
ect and the application of a light oil treatment beyond such point 
as far as the road ig in condition to receive the same, using state 
money to finance the work. 


Request of Union High School District No. 6, Estacada, Oregon, 
for the improvement of the secondary state highway in front of the 
school property, by improving the drainage ditch and the shoulders 
adjacent to the pavement so as to provide safer parking facilities 
and traffic benefits as well as for the sake of appearance:~ 
Engineer estimated that it would cost $2,500 to do this work. The 
Commission deferred action pending further investigation and report 
by the Engineer. 


Resolution from Long Tom Grange No. 866, Junction City, for 
the improvement of the Territorial Secondary Highway between Chesh- 
ire and Ferguson, in Lane County:- The Commission referred this 
request to the Ingineer for investigation and report. 


Request of the Crook County Court for the improvement of the 
Warm Springs Secondary Highway between Prineville and Madras, par- 
ticularly between Prineville and the Pine Products Company's mill:- 
The Engineer was instructed to investigate this request and report 
thereon at the next meeting. 


The following requests for county road, forest highway, and miscel- 


laneous improvements had the attention of the Commission: 


Letter from Blaine B. Coles, Vice President, First National 
Bank, Portland, requesting improvements to certain county roads in 
the vicinity of Northeast llith Avenue, Portland:- The Secretary 
was instructed to inform Mr. Coles that the roads to which he refers 
are county roads under the jurisdiction of the Board of County Com- 
missioners of Multnomah County, and to suggest to him that he file 
his request with such board. 


Request of the Klamath County Chamber of Commerce for the im- 
provement of the Cascade Lakes Forest Highway from its junction with 
the Willamette Highway to Crescent Lake:- In the discussion of this 
project it was pointec out that the forest highway program for this 
year has already been prepared and sent to Washington, D. C.. for ap- 
proval, so it is now too late to make any change. The Enginéer was 
instructed to bring this project to the Commission's attention in 
the formulation of the next forest highway program. 


Petitions and resolutions requesting sidewalk construction along 
a 1}-mile section of the Medford-Provolt Secondary Highway immediately 
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It was agreed that a joint cruise should be made at once of the 
timber on the tracts that the state is now acquiring and that the total 
amount that the state is to pay for such timber shall be based upon such 
cruise. It was also agreed that the state shall take over and assume the ob- 
ligation of a certain lease that the Miami Corporation has given to a third 
party to occupy 4 part of the company's property involved in this transaction. 


The Commission discussed an inquiry from County Judge Guy Boyington 
of Clatsop County as to whether or not the state would need all of the county- 
owned property on the down-stream side of 8th Street in Astoria for use in 
connection with the establishment of a Columbia River ferry landing at euch 
point. In the discussion of this matter it was brought out that the present 
ferry dock is at the foot of 14th Street and there is a question whether or 
not this should be changed. In view of the circumstances, the Commission de- 
ferred its decision in the matter pending additional investigation and report 
by the Engineer. 


In this connection the Assistant Attorney reported on his dealings 
with Clatsop County for the acquisition of county-owned property that is need- 
ed for right of way for the proososed Astor Street revision of the Oregon 
Coast Highway in Astoria. He advised that he contacted County Commissioners 
James Elliott and John Slotte with regard to this matter and reached en un- 
derstanding whereby the county would convey to the state all of the county- 
owned properties along the proposed alignment provided that, after the com- 
pletion of all of the right of way transactions, the state will reconvey to 
the county all portions lying outside of the standard width right of way 
which have not been used for exchange purposes in acquiring right of way from 
private owners. He further explained that some of the properties are now un- 
der tax foreclosure proceedings by the county and that title to these proper- 
ties will not become final wntil February or March of 1940. After discussion 
the Commission instructed the Attorney to arrange a settlement with the county 
for all of the right of way that is needed. He was also authorized by the 
Commission to acquire the right of way across the privately-owned properties 
which are necessary for this project. 


The Ingineer resorted on the cost to improve the county road which 
extends from the Oregon Coast Highway to Fort Stevens, in Clatsop County. He 
advised that this »roject consists of three units; namely, Unit No. 1, which 
extends from the Skipanon River Bridge northerly a distance of 1.1 mile and 
is known as the west leg of the wye connection; Unit No. 2, which begins at 
a@ point on the Oregon Coast Highway, about a mile and a half east of Unit No. 
1, and extends northerly and westerly a distance of 1.7 miles, to a connec- 
tion with the north end of Unit No. 1, and is known as the east leg of the 
wye connection; and Unit No. 3, which commences at the junction of nits 1 
and 2 and extends northerly and westerly a distance of 3.15 miles to Fort 
Stevens. He estimated the cost to improve Unit No. 1 at $9,000, that to 
construct Unit No. 2 at $26,500, and that to construct Unit No. 3 at $34,800, 
or a total of $70,300, and suggested, if the Commission decides to proceed 
with this improvement, that Unit No. 1 and the southerly part of Unit No. 3 
should be constructed first. The Commission considered this project to be 
of considerable importance and decided to give it serious consideration in 
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that investigation be made of the possibilities of using the 
Deschutes River Canyon as a location for a highway connecting 
Central Oregon and the port of The Dalles:~ The Commission or= 
dered the commmication filed. 


The Commission also considered and ordered filed a letter from L. M. 
Lepper, Director of the Eastside Commercial Club, Portland, relative to roads 
in the Warm Springs Indian Reservation; a letter from C. T. Haas, Chairman of 
Oregon's World's Fair Commission, relative to the Oregon exhibit at the San 
Francisco World's Fair; and a letter from Wesley Vandercook, Vice President 
of the Longview Bridge Company, stating that company's position relative to 
the establishment of toll-free bridges across the Columbia River. 


Mr. L. H. Mills, Portland, representing the Miami Corporation, ap- 
appeared before the Commission at this time relative to the sale to the state 
of some of the company's timber along the Salmon River Highway, particularly 
strips at both ends of the strip now owned by the state, which contain fine 
stands of virgin timber. The Commission appeared favorably inclined to the 
acquisition of these tracts if it could be financed. The suggestion was made 
that the state acquire strips on both sides of the highway at the east end of 
the state-owned tract, particularly between Highway Engineer's Stations 487+50 
and 536+70, and the timber on the south side of the highway et the west end of 
the state-owned property, particularly between Highway Engineer's Stations 
625+06 and 772+25, the purchase of the timber on the north side of the highway 
at this location to be deferred until later. The State Parks Superintendent 
estimated that there are about 12 million feet of timber involved, and recom- 
mended approval of such suggestion. 


Mr. Mills advised that the company is asking $4.00 per thousand for 
its timber but he thought that the company would be willing to accept payment 
in three annual installments. He also stated that he believed the company 
would be willing to defer the cutting of the timber on the north side of the 
highway at the west end of the state's property until the state has »aid for 
the balance of the timber. 


Chairman Cabell gave as his thought that the Commission would be 
justified in acquiring these timber strips on the basis outlined, in view of 
the fact that the Salmon River timber is one of the very few pieces of virgin 
timber left adjacent to a state highway in this part of the state. After con- 
siderable discussion, the Commission voted unanimously to purchase this tin- 
ber on the basis of such offer; i. e., the timber on both sides of the high- 
way at the east end of the state-owned property and the timber on the south 
side of the highway at the west end of the state-owned property is to be ac- 
quired at once at the rate of $4.00 per M-FBM, payment to be made in three an- 
nual installments, without interest being paid on the balances; further, if 
the state still wishes to acquire the timber on the north side of the highway 
at the west end of the state-owned property when the other timber has been 
paid for, the state may have it at that time at the same rate; namely, $4.00 
per M-FBM, and the Miami Corporation will agree not to cut the timber on such 
tract before that time. Mr. Mills stated that it would be necessary to have 
this offer confirmed by the Chicago Office of the comgany, which he would do 
at once. 
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by unanimous vote approved the payment of the company's claim on such basis. 


The Commission discussed the complaint of Mr. S. E. Howard arising 
out of the improvement of the Amity-Hopewell Secondary State Highway, in Yem- 
hill County. Chairman Cabell advised that he inspected Mr. Howard's premises 
in company with Maintenance Ingineer J. N. Bishop and District Maintenance Su- 
perintendent I. A. De France on February 1 and is of the belief that Mr. How- 
are had just cause foy complaint, although the state was not directly respons- 
ible for conditions as they exist. It appears that water from nearby canyons 
originally flowed in a southwesterly direction and crossed the seconcary high- 
way at a point about 1/4 mile east of Amity, but that at some time in the past 
the water was diverted from its natural channel by the construction of a ditch 
through a small ridge and was taken directly south to the present highway. 
Also, that before the highway was taken over by the state as a state secondary 
highway, Yamhill County allowed the water to be diverted westerly for approxi- 
mately a mile along the north side of the road in a deep drain, thence south 
across the highway through a box culvert. When this road was taken over as 4 
state secondary highway it was found that this arrangement was very unsatis- 
factory because, during storms and periods of heavy runoff, the drain was un- 
able to care for the water, and, as a consequence, it flowed down the center 
of the road, causing ruts to form and the shoulders of the road to be washed 
away, leaving the road practically impassable. To remedy such condition a 
culvert was installed across the highway in the natural channel, with the re- 
sult that the water flowed across Mr. Howard's field and caused considerable 
damage to his crops. It also apvears that Mr. Howard never experienced any 
difficulty with water in his fields until the Highway Department's forces 
made this change in thedrainage setup. 


The Commission's Attorney advised that, in view of the circumstanc- 
es, the Commission is legally liable for damages to ‘ir. Hcward's property. 
The Commission decided, after discussion, that it would be advisable to set- 
tle with Mr. Howard on a cash basis rather than to attempt to settle on the 
basis of correcting the drainage system. Acccrdingly, the Engineer was in- 
structed to negotiate with Mr. Howard on such cash basis and to secure an 
easement to carry water through his property, if possible. 


Reconsideration wus given by the Commission to the request of Ben- 
ton County Court for the oiling of the county road which extends from the 
Corvallis-Newport Highway to the Corvallis Golf Club, a distance of about .6 
mile. The Engineer advised that this road has been inspected and it is es- 
timated that the cost to improve it by regrading and widening the roadbed 
and by resurfacing and oiling 20 feet in width would amount to about $10,500. 
Ur. Tom Davis, Highway Engineer, Bureau of Public Roads, was present and 
stated that he did not believe that this. road would meet the federal aid 
secondary highway requirements. 


After considerable discussion, suggestion was made that perhaps 
Benton County Court would be willing to pay for the oiling of this road with 
county funds if the state would construct some other road in Benton County. 
The Engineer was instructed to contact the County Court relative thereto and 
to advise the court that the state will arrange for the improvement of the 
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the formulation of its 1940 federal aid secondary highwsy program, although no 
definite commitment of funds was made thereto. It was decided, however, that 
the entire project could not be constructed at one time because of the cost 
involved, hence preference is to be given to the construction of Unit No. 1 
and a portion of Unit No. 3, as suggested by the Engineer. The Secretary was 
instructed to inform the sponsors of this project that the Commission will 
proceed with the construction of the same if and when there is money available 
to finance it and provided the county will cooperate therein by ecquiring 
rights of way and by vaying other costs that cannot be paid with federal 
moneys. 


The Attorney reported on the status of his investigations relative 
to the securing of liability insurance to protect the Sunset Logging Company 
in the event that accidents should occur by reason of the operation of the 
comoany's logging railroad over the Wolf Creek Highway, in Clatsop County. H* 
said that the Ohio Casualty Company has offered to write public liability and 
property damage insurance in an amount satisfactory to protect the Sunset 
Logging Comsany for accidents that may occur at the exact point where the 
railroad crosses over the highway, and is asking a premium of 41,900 for 
such a policy to cover a 6-year period, with provision for extending the poli- 
cy another year, if necessary. He further advised that Mr. J. R. Hulburt, 
President of the Sunset Logging Company, is not satisfied with such policy be- 
cause it is not written by the same company that wrote their other insurance 
and would necessitate two policies covering the same operations. Mr. Huiburt, 
he said, has offered to consider the matter closed if the Commission will pay 
the Sunset Logging Company the sum of $1,500 cash and let the company purchase 
ite own insurance. The Commission considered this a fair proposition and 
thereupon authorized the payment of such sum to the Sunset Logging Company as 
full and complete satisfaction of its cleim for insurance. The Attorney then 
suggested that it would be in order for the Commission to authorize payment 
of the final amount to the Sunset Logging Company for constructing its rail- 
road over the highway at this point in accordance with the agreement dated 
March 31, 1936. He said that there is due and payable on this account the 
sum of $2,774.35. The Commission by unanimous vote authorized the payment of 
such amount to the company as complete and final payment for such undertaking, 
making a total amount of 44,274.35 due the company at this time. 


The Commission had under consideration the claim of the Oregon Ameri- 
can Lumber Corvoration for payment for trees that were taken from the company's 
property by W.P.A. workers on the Wolf Creek Highway for use as camp fuel and 
roof shakes, which claim is in the amount of }777, and represents trees as fol- 
lows that were taken and used for the above-mentioned purposes: 


2 fir trees averaging 4' in diameter 
12 fir trees averaging 6' in diameter 
6 fir trees averaging 7' in diameter 
3 cedar trees averaging 5' in diameter 
1 cedar tree averaging 6' in diameter 


The Company alleges that this timber was worth %3.50 per M-FBM and 
estimates the board measure content of the trees at 222 M-FBM. The Commission 
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controversy. He advised that a Mr. Maxwell, who owns property at the inter- 
section of a county road nearby, has plans for the construction of a service 
station at this intersection, which will involve considerable filling. It 
was his thought that it would be advantageous to both Mr. Maxwell and Mrs. 
Hadley if Mr. Maxwell were allowed by the Commission to secure his fill ma- 
terials from the highway right of way in front of the Hadley property, which 
would automatically dispose of the Hadley claim. The Engineer suggested that 
it might be well to look into this suggestion, whereupon the Commission in- 
structed him to have Mr. Parker and Division Engineer E. A. Collier inspect 
the premises and contact Mrs. Hadley and Mr. Maxwell in regard thereto. 


The Commission also reconsidered the budget heretofore approved at 
its meeting on December 19, for the expenditure of {40,000 of state highway 
funds in connection with the Oregon exhibit at the San Francisco World's Fair. 
The Engineer advised that the amounts set up in this budget for the various 
items were partially based upon known costs and partially upon estimated out- 
lay; but since then Mr. C. T. Haas, Chairman of Oregon's World's Fair Commis- 
sion, has suggested a revised budget which will increase the item of rent and 
the estimate of salaries of personnel to be employed, but will not increase 
the total amount of the budget. He presented such revised budget as follows, 
which the Commission ap»roved by unanimous vote and ordered entered in the 
Commissiou.'s records: 


Agreed Original Revised 
Estimate _ Estimate 


Motion Picture Film (black and white) $ 10,000 

Motion Picture Film (colored) 1,000 

Diorama 2 3,250 

Motien Picture Equipment 1,250 

Building, Furniture and Decorations 4,448 

Two operators 8, 750% 
Proportionate Rent 10,000 

10% Contingency 33355 

Grand Total % 36,905 

* six people 


The Commission discussed briefly the matter of increasing the member- 
ship of the Advisory Board on Publicity matters and the appointment of 4 com- 
mittee to study Oregon conditions tending to affect tourist travel. It was 
decided to defer action on these matters pending consultation with Governor 
Charles A. Sprague. The Commission also decided to discuss with Mr. Robert 
W. Sawyer, Bend, the next time it is in the vicinity of Bend, the matter of 
the appointment af the committee to study Orezon conditions tending to affect 
tourist travel. The Ingineer was instructed to advise Mr. Sawyer accordingly. 


The Commission considered and referred to Chairman Cabell for report 
to Governor Sprague, a petition urging the construction of the 7-mile gap con- 
necting the Scotts Mills County Road with the North Santiam Hiphway, at Gates, 
in Marion County. In the discussion of this matter it was brought out that 
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golf club road, because the county is not properly equippea for such work, but 
the Commission will expect the county to reimburse the state for such expense. 


The Engineer reported the result of investigations to determine the 
minimum expense that would be required to place the Little Nestucca Secondary 
Highway, in Tillamook County, in serviceable condition for local residents, as 
instructed by the Commission at a previous meeting. He estimated such expense 
at $74,500, which would include grading at $40,000, surfacing at $12,500, 2 
temporary bridges at $5,000, and 1 permanent bridge at $17,000; but he suggest- 
ed that it might be vossible to construct all three bridges of a temporary 
type, which would reduce the total expense to $60,000. The Commission consid- 
ered that the traffic carried by this road does not justify such a large ex- 
penditure. In the discussion that followed it was brought out that there has 
accumulated to the credit of Tillamook County the sum of $8,000 of secondary 
state highway funds. The suggestion was then offered that the state build 3 
bridges of the temporary type and do a certain amount of rough grading and 
clearing work this year to take up the $8,000 obligation, and to spend Tilla- 
mook County's share of the next allotment of state secondary funds for addi- 
tional grading and surfacing work next year. The Commission approved the sug- 
gestion unanimously and instructed the Ingineer to proceed accordingly. 


The Engineer brought up for discussion the litigation that is pend- 
ing in connection with Chas. H. Leonard’s contract for the construction of the 
Jordan Creek Section of the Wilson River Highway, in Tillamook County, Con- 
tract No. 1754. He explained that laborers employed on this job are under 
the impression that they were not properly classified ang accordingly about 
40 of them have sued the contractor for additional compensation; further, that 
the case has been tried and the court has ordered payment of the claims, not- 
withstanding the fact that the classifications have been examined and approved 
by the engineers of the state highway de,artment and the Bureau of Public 
Roads. The contractor, he said, is inclined to pay the claims and let the 
matter drop, because the claims do not aggregate a large amount; but, in his 
estimation, from the state's standzoint, an appeal should be taken to the Su- 
preme Court, because a -rinciple is involved and there is 4 possibility that 
the decision of the judge pro tem will have a bearing on the prices that con- 
tractors bid on future highway work. He gave as his thought that >robably 
the state should join with the contractor in appealing the case; also, that 
the Associated General Contrectors should join in such appeal because that 
organization is also concerned. The Commissicn's Attorney concurred with the 
view of the Engineer in this matter. 


After considerable discussion the Commission decided to join with 
the contractor in making this appeal to the Suoreme Court, provided the Asso- 
ciated Generel Contractors will also cooperate. The Engineer was instructed 
to contact the Associated Generel Contractors in regard thereto and report 
further te the Commission. 


Reconsideration was given by the Commission to the claim of Mrs. 
Ida B. Hadley arising out of the reconstruction of the Pacific Highway West 
in front of her premises, in Yamhill Comty. In the discussion, Right of Way 
Agent Clare Parker suggested a possible compromise settlement of this 
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over the east leg. In the discussion of this matter it was pointed out that 
the Timberline Road is not on the state highway system, hence the Commission 
is without legal authority to sperid state highway funds thereon. However, the 
Commission indicated a willingness to cooperate in the undertaking if that can 
be done legally without designating the road as a state highway. A decision 
in the matter was therefore deferred pending a conference with representatives 
of the U. S. Forest Service. 


Mr. F. N. Brundage, Acting Regional Forester, and Mr. James Frank- 
land, Regional Ingineer, appeared with this delegation later in the session. 
Chairman Cabell advised that the State Highway Commission is favorably in- 
clined to cooperating in this undertaking provided a way is found to do so le- 
gally without placing the road on the state hizhway systex. He suggested that 
the Commission might spend an extra £2,000 of state highway funds on some 
other forest highway project if the Forest Service would assume full responsi- 
bility for keeping both legs of the Timberline Road open to travel for the 
period requested. Furthermore, the Commission would be willing to loan some 
of its snow-fighting equipment as an aid if it can be svared from other proj- 
ects. 


Mr. Frankland gave as his thought that the matter could be worked 
out satisfactorily on some such basis. After further discussion it was mutual- 
ly agreed that the Forest Service and the Bureau of Public Roads would assure 
the responsibility for opening and maintaining both legs of the road during 
the period under discussion and the state would furnish the snow-removal equip- 
ment needed for the work; also, that the Forest Service will keep a record of 
the cost involved and the state is to be given credit for the loan of equip- 
ment, for which no charge is to be made by the state until accumulated rentals 
reach the sum of $2,500. It was understood that the arrangement should be cov- 
ered by written agreement. Tne State Highway Engineer was instructed by the 
Commission to arrange for equipment as may be necessary as soon as notified 
by the Forest Service. 


The Assistant Attorney reported on the status of the right of way 
budget for 1939. He advised that the Commission budgeted an amount of 
$550,000 for right of way surchases during such period, and that, to date, he 
has on hand commitments involving approximately $260,000. The Commission ap- 
proved the report and ordered it filed. 


The Engineer requested authority to purchase certain parcels of real 
property that are needed for various highway improvements throughout the state. 
de submitted a list of such properties together with the prices that he recom- 
mended be paid for each. After careful study the Commission approved the re- 
quest and by unanimous vote adopted the following resolution in regard thereto: 


WHEREAS, in connection with the further improvement of the 
highways hereinafter designated, it is and has been necessary to ac- 
quire property for right of way, quarry sites, gravel or other ma- 
terial sites, or sites for the storage of materials, as hereinafter 
more definitely set forth; and 
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this project does not fit in with the highway construction program for early 
undertaking, it being the belief of those present that the Commission should 
concentrate on the reconstruction of the North Santiam Highway before under- 
taking an entirely new project, and for the further reason that there is a 
question whether or not the Scotts Mills route is the proper location for a 
short road between the North Santiam Highway and Portlanc. 


The Engineer discussed briefly with the Commission the proposai 
made by the Portland Chapter of the Associated General Contractors that the 
specifications for Oregon state highway construction work be modified so as 
to provide for wage scales conforming with those agreed upon by certain men- 
bers of the Associated General Contractors and the american Federation of La- 
bor. It was decided to defer a decision in this matter pending a conference 
with Governor Charles A. Sprague, which is to be arranged after the legisla- 
ture adjourns. 


The Commission adjourned at 10:45 o'clock p. m., to reconvene at 
9:30 o'clock on the following morning in the Benson Hotel. 


Portlend, Oregon, March 3, 1939 


The State Highway Commission reconvened at 9:30 o'clock a. m. in 
Room 204, Benson Hotel, with all members present and participating. Also 
present were the State Highway Engineer, the Attorney, and the Secretary. 


A delegation consisting of Mr. Dale Cowen, President of the Oregon 
Winter Sports Association; Fred McNeill, President of the Cascade Ski Club; 
Berger Underdahl, Chairman of the National Tournament Commission for the 
Olympic Sports Tryouts; and Mr. George Henderson, Assistant Town Director of 
the Olympic Sports Tryouts, came before the Commission in regard to the road 
which extends from the Mt. Hood Highway to Timberline Lodge. Mr. Cowen head- 
ed the group. They advised that ski tryouts for the next Olympic Games are 
to be held on Mt. Hood on April 1 and 2, this year, which will attract a 
large number of contestants and s»ectators; in fact, many more than it will 
be possible to care for by existing road facilities at Timberline Lodge. 
They further advised that they have given the road problem considerable 
thought and the only solution that they can find for this difficulty is in 
some way to secure the ovening of the west leg of the road leading from the 
highway to the lodge. They also sdvised that they have contacted the U. S. 
Forest Service relative thereto and were informed by Mr. C. J. Buck, Regional 
Forester, that if some agency would assume the responaibility for keeping the 
east leg of the road from the highway to the lodge open, then the Forest Ser- 
vice would open up the west leg and would assume the responsibility of keep- 
ing that portion open during the period of the tournament. They urged the 
Hichway Commission to assume such responsibility for the east leg, which, 
they said, would be only until the conclusion of the tournament, or a matter 
of about 30 days. They estimated that the east leg could be properly main- 
tained during this period for not more than $2,000, but that it would cost 
considerably more than such sum to open up and maintain the westerly leg, 
which obligation would be assumed by the Forest Service if the state took 
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Section, Hwy., and Owner Purpose acres Approximate Amounts Agent 


' planting banks, esti- 
mated at $500. Approved 

subject to the making of 
partial payments to omer : 
as reconstruction of his 

property progresses Collins 


on River ghi ay 
Le 39 Lump Sum 9100 McChesney 


AMD e on 
Stock Pile 


pthtte jones ee 


17th Avi .E.- Avenui E. on — East Por d. on " 
2810-Campbell,Maud Hastings Grade Change 500 + conveyance of 
Damages 2130 sq.ft. of proper- 
ty outside R/W Parker 

Bridal Veil-Multnomah Falls Section ~- Columbia River Highway 
6621-First National Bank Easement 

of Portland Haul Road 3 yrs - Lump Sum $150 Parker 
1844-Bridal Veil Timber Co. R/W. 18.0 $100 per a. 


Columb: vard-Hard Avenue ~— Pa Hi We 
5058-Recard, Emily A. W 5000 sq.ft.at 10¢ per sq.ft. 
(2 lots) plus $1636.50 Parker 


, - “0 —— perenne . ee 
eee a A EE A Te I TTT ST ET 
s 


—Wa t - Columbia River we. 
3592-Myers, Sandy S. Stock Pile 1.96 Lump Sum $250 McChesney 
Da -Vad ection - Wolf Creek Highwa: 
6279-Shipley, Clarence E. i 1.79 $150 per a. + $440 McChesney 
6278-White, George W. " 1.0 $175 per a. + $160 " 


Miche hey Cmeay 
2074-Ruth Realty Comvany 6.8 $5 per a. + $43 Gardiner 


Sec ~ Wolf Creek hwa 
C200-taxton, George D. R 7.51 4.0 a. at $150 per a. 
3.0 a. at $200 per a. 
0.51 a. at $50 per a.: 
plus $1174.50 McChesney 
South Mar: d ~ Or hw 
570-Marshfield, City of 6303 sq.ft. Gratis Benson 


Slope Easeme:1% 
6568-Marshfield, City of Slope Easement 
3816 sq.ft. Gratis ® 
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WHEREAS, as a result of negotiations carried on with the 
owners of the property required, options have been obtained, which 
options have been considered by the Commission, outlining the bases 
of settlement which have been agreed upon; and 


WHEREAS, it is the judgment of the Commission that the 
said options should be approved and accepted, and/or the said re- 
ports be declared acceptable to the State Highway Commission as ba- 
ses of settlement for the properties involved, and that the acquisi- 
tion of the properties should be completed: 


NOW, THEREFORE, BE IT RESOLVED that the several offers, 
or bases of settlement hereinafter enumerated be, and the same here- 
by are approved and accepted, and that the Attorney for the State 
Highway Commission be, and he hereby is instructed to complete the 
acquisition of the said proverties and to take title thereto in the 
name of the State of Cregon. The said properties hereby ordered and 
authorized to be acquired are as ‘follows: 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Mill City Section ~ North Santiam Highway 
Sullivan, Maggie S. Stock Pile 2 lots Lump Sum for land $100 
(14,400 sq.ft)plus $7.36 McCallister 


nd fubb 


Port 
0.896 $250 


ignway 


% Charles per a. plus $127 Benson 


1093-Naas 


6492-Snow,Edna (Nat'l Prop*) " 67 sq.ft. Lump Sum $25 4 
4645-Roach, L. D. ° 7585 sq.ft. at l¢ sq.ft. . 
4082~-Geiger, Jeanette E. " 0.464 $250 per a. plus $34 ® 
4091-Erickson, L. M. " 2.272 $250 per a. plus $232 ® 
5473-Hill, Mary Taylor sl 2 lots at $30 per lot Le 
(5000 sq.ft.) 
4472-Baggot, Sophia H. . 4 lots at $30 per lot " 
(10000 sq.ft.) 
4089-McIntyre, J.J. " 35475 sq.ft. at $250 per a.+ $596.50, 
(0.814 a.)}+ moving bldgs. (Est'd, 
at $800) bd 
4585-Florence, William A. ° 23 sq.ft.Lump Sum 42.50 " 
Barbur Boulevard Section - Pacific Highway West 
1839-Garrigus, L. C. Jr. Drainage Tunnel Gratis Parker 
Easement 
1838-Teachers’ Retirement Drainage Tunnel 
Fund Assn. EKasement-20 yr. Gratis " 


Mci e-New 
4293-Evergreen Memorial 1,406 a. Lump Sum 431600 
Park Assn. 1.060 a. at $400 per a. 
+ $2140.70 + moving bldgs, 
(continued on next age) est. at $750, + sloping & 
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Vv =| k bs 

-Fisk, Mary Louise Stock Pile 0.51 $25 Lump Sum McCallister 
6600-Chandler, Paul P. " " $25 Lump Sum " 
6602-Chandler, Pauline " " $20 for land, + $7.50 n 


8 ~ a 
Sio7-Gonper Valley Ry. Co. ae _ $10 Lump Sum + fencing Wells 


08-Meador, Geo. T. " Land $16, plus $16 ® 
6406-Ricco, Henry " Land $25, plus moving 
fence 


c ~ Pa Highway Ea. 
5160-Riley, Thomas E. and 7815 sq.ft. 76 sq.ft.+ $252.95 DeSouza 
Nellie M. Scott 


o Under - Old Ore 1 Highwa; 
6413-Fraser, Ida H. Grade Change Damages 
Lump Sum $400 


Mill Creek-Marks Creek Section - Ochoco Highway 
4943-Bank of California, N.A. R/W 47.28 19.98 a. at $100 per a. 


(CORRECTION) . 8.07 a. at % 50 per a. 
19.23 a. at % 5 pera. 
plus $7657, plus cost 
of drilling well $1400, 
and cost of pump and 
pipe line est. at $1650 
Gardiner 


The Attorney presented a request from Elizabeth Paden for addition- 
al compensation on a settlement for right of way acquired for the Browns- 
ville Section of the Halsey-Sweet Home Secondary Highway, in Linn County. He 
said that when Mrs. Paden was approached relative to the acquisition of this 
right of way the right of way agent was of the opinion that the gerade of the 
highway would be level with Mrs. Paden's property, but it was discovered le- 
ter that the superelevation of the highway at this point was not considered 
and that the plans actually called for a considerable fill in front of Mrs. 
Paden's property, which worked to her disadvantage. It was his thought that 
an injustice has been done to Mrs. Paden and that the case should be reopened 
and an additional amount paid to her as damages. He estimated that a satis- 
factory settlement could be reached at a cost not to exceed $200 and recom- 
mended payment of such amount if necessary. The Commission approved the rec- 
ommendation unanimously. 


The Commission discussed matters pertaining to the Albany grade sep- 
aration project. In this connection the Engineer advised that of the 1939 
federal aid allotment for this project there still remains a balance of 
$158,000 which, according to the approved program, is to be used to finance 
an additional contzact in the northern part of Albany before fall. He gave 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


6221-Langlois, Oscar R. ; 611 sq.ft. at 5¢ sq.ft. Gardiner 
6222-Morse, Maryette " 2146 sq.ft. at 5¢ sq.ft. + $62 
5358-Panter, T. W. ° 5527.33 sq.ft. at 2 sq.ft. 
5353-Squire, R.W. " 4988 sq.ft. Lump Sum $500 plus 

property lying outside R/W in 

Lot 2, Block 8, Bandon " 


Pe Forrest Le ; 0.01 Lump Sum $1.00 McCallister 
4937-Hood River County " 0.43 Gratis . 
6593-Coe, Geo. P. " 0.23 $100 per a. " 
6583-Gould, E. E. sd 0.24 $50 per a. ” 
6586-Duckwall, John C. " 0.60 $50 per a. + $5 e 
6597-Richards, Simon A. ® 4792 sq.ft.$50 Lump Sum " 
6584-Edstrom, Herman * 0.46 $50 per a. + $9 " 
6580-Krumenacher, J. J. " 0.70 $50 per a. + $61.50 " 
6587-Frary, ‘aud " 0.36 $250 per a. + $110 " 
6587A-Frary, Maud & T.H.Acree " 0.57 Land 450, + $5 " 
6596-Smith, J. B. * 0.13 Lanc $25, + $150 
6595-Severns,H.F. & H.E.Cherry " 0.09 Land $10, + $20 " 
6585-Pacific Power & Light Co. " 1.81 Lump Sum $10 " 
6592-Benton, C. King " 0.26 $10C per a. + $24 ® 
6582-Hood River County B/W, Stock Pile 3.04 Gratis " 
6622-Hood River County 1.03 Gratis sd 
6594-First Secusities Co. a 0.08 $25 Lump Sum " 
Tucker Bridge—Dee Section — Hood River HkgMwey 
6581-Stickney, Gertrude B. 0.64 $100 per a. + $50 + cost 
of moving flume (est. at 
$75) McCallister 
+— Nor wder Se - Old Oregon Trail Highway 
$624 North Powder, City i 1.51 Land $30, + $44.50 Wells 
c tura m — Central Oregon we: 
6498-Sitz, Glenn Gravel Pit 3.52 $28.40 per a.+ fencing Wells 
Bu Creek k Section - Jo 
6437-Federal Land Bank of Spokane 0.76 E a Sum Collins 
Stock Pile 

Baker-Flagsteff Hill on — Baker-Homestead Highw. 
5990-Johnston, W. W. Estate 0.03 $35 Lump Sum for land, 

(Noble Parsons, purchaser) plus $15 DeSouza 

(CORRECTION ) 


ch-Jun tion - 0 Gi 
97-Harrison, Mary A. Gravel Pit 10.95 at $28.40,plus fencing Wells 


van 2 1939 


WHEREAS, the State Highway Commission is by law authorized 
and directed to lay out, locate, designate, construct, improve, and 
maintain a system of state highways in the State of Oregon, and to 
acquire rights of way arid to declare the necessity and need for the 
acquisition thereof, and the advantages to be gained thereby; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission as follows: 


1. That the State Highway Commission does hereby find and 
declare that it is necessary and will be of advantage to the State 
of Oregon and there is need that the State acquire for right of way 
purposes in connection with the permanent location, construction, im- 
provement, and maintenance of the following section or sections of 
the state highway system of the State of Oregon, to wit: 


West Portland-Tualatin Section of the West Portland-Hubbard Hwy. 
Manning-Davies Section of the Wolf Creek Highway 


land and property owned by or in possession of the following parties 
and/or persons, to wit: 


West Portland-Tualatin Section of the West Portland-Hubbard Hwy. 
File 5476 - A. G. Smith and L. H. Smith 

Manning-Davies Section of the Wolf Creek Highway 
File 6268 - Carrie E. McGill 


as their respective interests may appear, and this Commission does 
hereby declare further that the said property or properties are nec- 
essary, are needful, and the acquisition thereof will be of advan- 
tage to the State of Oregon for right of way purvoses in order to 
make it possible for the State Highway Commission to properly lo- 
cate, construct, and maintain said portion or portions of the said 
state highway system in accordance with standards adopted by this 
Commission relative to curvature, grades, alignmtnt, drainage, and 
factors of safety. 


2. That the State Highway Engineer be and he hereby is 
instructed and directed to properly survey the parcel or parcels of 
land required for such right of way purposes and prevare proper and 
adequate descriptions thereof, which descriptions shall be employed 
in the preparation of a deed or deeds or other instrument or instru- 
ments necessary to complete the acquisition of the said property or 
properties or which descriptions may be used in the preparation of 
a@ complaint in the event that condemnation proceedings are necessary. 


3. That the boundaries of the said parcel or parcels of 
land, as defined and determined by the said survey made by the said 
Highway Engineer, along the route or location adopted by the Highway 
Commission, shall be and the same hereby are adopted and the lands 
defined therein are hereby declared to be and the same are included 
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as his thought that right of way for this project should be secured now so as 
to avoid delays in contracting the work that might be attributed to right of 
way difficulties, it being indicated by past experience in purchasing right 
of way in Albany that it is going to be quite @ slow matter to complete nego~ 
tiations for property lying within the city limits. He requested authority 
for the Attorney to commence the securing of options for this right of way at 
once. The Commission approved the request unanimously. 


The Engineer brought up for discussion the matter of an exchange of 
properties with Mr. Carl G. Washburne, Eugene, along the Oregon Coast Highway, 
near China Creek, in Lane County. He explained that whe state owns @ stock 
pile site that is entirely surrounded by Mr. Washb. ne's property and that 
Mr. Washburne is seriously handicapped in the development of his property by 
reason thereof. Mr. Washburne, he said, would like to obtain this stock pile 
site and has stated his willingness, if the state will deed it to him, to 
deed to the state a strip of land of uniform width for the widening of the 
highway right of way from China Creek to the north line of his property. The 
Engineer advised that this particular stock pile site is not needed and it 
would be desirable to accept Mr. Washburne's proposition because the present 
right of way is only 60 feet wide and should be widened to 80 feet before ex- 
pensive development takes place in this section. The Commission concurred 
in the viewpoint of the Engineer and thereupon authorized such exchange of 
proverties. 


The Attorney brought up for discussion the controversy with Mr. M. 
A. Peterson, arising out of a settlement for right of way needed for the Hap- 
py Hollow Section of the McMinnville-Tillamook Highway, in Tillamook County. 
It appears that the property in question was originally owned by a Mr. Henry 
J. Rost, who was-Mr. Peterson's father-in-law, and that Mr. Rost gave to the 
state an option to purchase the same; but before the Highway Commission had 
an opportunity to exercise the option Mr. Rost died, and Mir. Peterson, who 
now owns the land, refuses to sive the state a deed. In fact, he has con- 
structed a fence along the original right of way line. The Attorney advised 
that this land is needed in order to obtain a standard width right of way for 
this highway, and requested instructions as to further procedure. After dis- 
cussion, the Commission instructed the Attorney to secure an injunction es- 
topping Mr. Peterson frca building any more fence on this land and requiring 
him to comply strictly with the provisions of the option. 


The Attorney reported the need to institute condemnation pro- 
ceedings in order to acyuire right of way needed for the West Portland-Tuala- 
tin Section of the West Portland-Hubbard Highway, across the lands of A. G. 
and L. H. Smith, and for the Manning-Davies Section of the Wolf Creek Highway 
across the lands of Carrie E. McGill. He suggested payment of $30 per lot 
for the Smith proverty, or a total of $180 for such right of way, and $850 
for the land needed from Mrs. McGill. The Commission unanimously approved | 
the prices recommended for these properties and authorized the Attorney to | 
proceed with condemation if the owmers refuse the same. The following reso- | 
lution in regard thereto was adopted by the Commission by unanimous vote: 
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be retained by the state but the adjacent property owners shall be paid a rea- 
sonable sum for the same. 


The State Parks Superintendent was present and discussed with the 
Commission matters pertaining to the acquisition for wayside purposes of prop- 
erty owned by P. J. Butler, in Tillamook County, being described as the Ws of 
the SWE of Section 5, T. 3 N., R. 10 W., W-™., and a 300-foot strip situate 
in the NE corner.of the NE} of the SE} of Sec. 6, T. 3 N., R. 10 W., W.M., 
which said properties are located adjacent to the Oregon Coast Highway near 
the Tillamook-Clatsop County line. The Parks Superintendent advised that 
these tracts are badly needed in order to fill out the state park at this lo- 
cation; also, that he has offered Mr. Butler $5,000 for his property but the 
offer was refused. After considerable discussion and in view of the desira- 
bility of the tract for park purposes, the Commission authorized condemnation 
of the same provided Mr. Butler refuses to accept the maximum price offered 
by the state. The Commission referred the matter to Chairman Cabell to set 
such maximum price. (This property included in resolution authorizing condem- 
nation of the Charles Fowler property immediately following.) 


The Parks Suoerintendent also brought up for discussion the matter 
of instituting condemnation proceedings to acquire timbered wayside strips 
from Mr. Charles A. Fowler, near the Tillamook County line, in Clatsop County. 
He said that Mr. Fowler owns 40 acres of land in this vicinity, described as 
the SE} of the Swi of Sec. 31, T. 4 N., R. 10 W., W.M., which are needed to 
fill out the state oark at this location, but Mr. Fowler, for some reason, 
will not reply to letters on the subject, hence his request for authority to 
condemn the property. The Commission instructed the Attorney to negotiete 
with Mr. Fowler for acqu’sition of his property, and authorized him to com- 
mence condemation proceedings in the event the property cannot be acquired by 
mutual agreement. The following resolution authorizing such condemnation pro- 
ceedings to acquire Mr. Fowler's property and also authorizing condemnation 
of the P. J. Butler property, if necessary, was adopted by the Commission by 
unanimous vote: 


WHEREAS, by virtue of the laws of the State of Oregon, the 
State Highway Commission is authorized and empowered to acquire land 
or ground necessary for the development, maintenance and operation of 
parks, parking places, automobile camps, camp sites, public squares, 
recreational grounds or resorts and land for the preservation of 
trees or timber growing thereon; and 


WHEREAS, in the judgment and opinion of the State Highway 
Commission it will be for the convenience and is for the best inter- 
ests of the general public that there be acquired for public purpose, 
to wit: for the purpose of developing and maintaining a park, recrea- 
tional ground and/or resort, and for the purpose of preserving the 
timber growing thereon the following described parcels of land, to wit: 


A. Fow 


All of the Southeast quarter of the Southwest quarter of 
Section 31, Township 4 North, Range 10 West, W.M., Tillamook 
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within the rights of way of the said portion or portions of the said 
state highway system and hereby are declared to be necessary for the 
proper location, improvement, construction, and maintenance of the 
said portion or portions of the state highway system. 


4. That I. H. Van Winkle, Attorney General of the State of 
Oregon, and J. M. Devers, Assistant Attorney General and Attorney for 
the State Highway Commission, be and they are hereby requested, au- 
thorized, and directed to attempt to agree with the ower or owners 
and/or with the tenants or persons in possession, if there be any, of 
said parcel or parcels of land with respect to the compensation to be 
paid for the taking of the same and the damage, if there be any, and 
in the event that no satisfactory agreement or agreements can be 
reached, then it is hereby further resolved that the Attorney General 
of the State of Oregon and J. M. Devers, Assistant Attorney General 
and Attorney for the State Highway Commission, be and they hereby are 
requested to commence and prosecute to a final determination such suit 
or action, or suits or actions, as may be necessary and appropriate to 
acquire title to the said premises and all rights therein for the pur- 
poses herein stated. 


5. That this resolution be entered in full in the minutes 
and records of this Commission. 


The Attorney brought up for discussion the complaint of Ben Hur 
Lampman relative to state-owned property that lies between the Oregon Coast 
Highway and his property at Nelscott, in Lincoln County. It appears that 
when tke Oregon Coast Highway at this location was straightened a number of 
years ago, the standard width right of way did not take in all of the old 
highway, and subsequently the Commission adopted a resolution signifying its 
intention to retain such portions for state use, which was contrary to the 
understanding of Mr. Lampman and others in this vicinity, who believed that 
such portions would be allowed to revert to the adjacent property owners, and 
they are demanding title from the state to such portions. The Attorney ad- 
vised that the Commission's resolution of intention to retain the sections of 
the old road outside of the new standard width right of way was not adopted 
by the Commission until a lapse of several years after the completion of the 
new highway, so that in the meantime property owners were perfectly within 
their rights in thin‘cing that the old highway had reverted to them. 


The Commission indicated concurrence in the Attorney's viewpoint 
and accordingly instructed the Attorney to prepare e modification of the orig- 
inal resolution to eliminate therefrom the section of the old road that 
fronts on Mr. Lampman's property and is outside of the standard width right 
of way. He was also instructed to check over this project and ascertain the 
names of the other proverty owners who are similarly affected, it being the 
thought of the Commission that the sections of the old road that are not need- 
ed by the state for highway purposes should be turned back to the adjacent 
pronerty owners without charge; but, if there are parcels that are needed for 
highway pursoses, or, if a reasonable doubt exists, then such parcels shall 
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BE IT FURTHER RESOLVED, that in such suits, actions or proce- 

as may be prosecuted for the acquisition of said real proper- 

be made whereby title in fee simple shall be acquired 

the name of the State of Oregon, by and through its State High- 
way Commission. 


The Engineer brought up for discussion the matter of lining the 
Arch Cape Tunnel, on the Oregon Coast Highway, in Clatsop County. He sug- 
gested, in order to minimize the cost of such project, that a timber lining 
be substituted for the concrete lining for the time being, notwithstanding 
that it will be necessary to reduce the width of the sidewalk in the tunnel 
to 3 feet. The tinber lining, he said, will serve the purpose for a number 
of years and can be replaced with a concrete lining when that will be neces- 
sary. The Commission approved such substitution by unanimous vote and author- 
ized the Engineer to proceed accordingly. 


The Attorney brought up for discussion the matter of acquiring addi- 
tional right of way for the Multnomah County Line-Middieton Section of the Pa- 
cific Highway West, in Washington County. He explained that he has informa- 
tion to the effect that some of the property in this vicinity which will be 
needed for the new highway right of way has been subdivided into lots and has 
béen placed on the market for sale, and the question now arises whether or 
not it would be advisable to acquire the right of way at this time while it 
is in single ownership rather than to postpone the purchase until such time 
as it would be necessary to deal with separate individuals. The particular 
proverty affected, he said, is that owned by Mr. E. T. Hunter just west of 
Roamer's Rest. After considerable discussion the Commission decided that it 
would be advisable to secure options for this property, and instructed the 
attorney accordingly. 


The Commission had under discussion the controversy between the 
United States Reclamation Service and the Highway Commission concerning 
ditches and canals which the Government claims must be constructed beneath 
the surface of the highway in connection with the Owyhee Reclamation Project. 
The Attorney reported that he had requested Senator McNary to give considera- 
tion to legislation which would impose the cost of the construction of sugh 
ditches on the Government, and Senator McNary reported that the Federal Rec- 
lamation Service in Washington is opposed to such »rocedure. The Attorney 
stated that there is a »ossibility that some cooperative agreement can be 
worked out through the state and the Reclamation Service and he recommended 
that negotiations be opened up with that in mind. . The Cormission approved 
the recommendation and instructed the Attorney to arrange a conference with 
Mr. Newell of the Reclamation Service to discuss the matter. Pending satis- 
factory conclusion of this matter the Engineer was instructed to construct 
bridges over the ditches and canals that may be excavated across state high- 
ways by the Reclamation Service, so as to avoid interruption of traffic, and 
to bill the Reclamation Service for such expense. 


The Commission adjourned at 12:00 o'clock noon and reconvened at 1:30 
o'clock p.m. in the same room with the same persons present and participating. 
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County, Oregon, containing 34.62 acres, exclusive of high- 
way way, 


; 
All of the Mest one-half of the Southwest quarter of 


Section 5, Township 3 North, Range 10 West, W.M., Tillamook 
County, Oregon, containing 64.83 acres, exciusive of high- 
way right of way. 


Also: 


A parcel of land lying in the Northeast quarter of the 
Southeast quarter of Section 6, Township 3 North, Range 10 
West, W.M., said parcel being described as follows: 


Beginning at the East one-quarter corner of said Sec- 
tion 6; thence south along the east line of said Section 6 
a distance of 560 feet; thence North 45° West a distance of 
792 feet to the east and west center line of said Section 
6; thence east along said east and west line a distance of 
560 feet to the point of beginning, containing 3.6 acres. 


NOW, THEREFORE, BE IT RESOLVED that the said parcels or tracts of 
land be and the same hereby are declared by this resolution to he nec- 
essary for the purpose herein stated; and 


BE IT FURTHER RESOLVED that title to the said parcels or tracts 
of land be acquired by the ‘State of Oregon, by and through its State 
Highway Commission, for the above specified public use and purpose. 


BE IT FURTHER RESOLVED that the best interests and conveniences 
of the general public require that title to the said tracts or pare 
cels of real property be acquired for the purpose of developing and 
maintaining the same for a park, recreational ground or public re- 
sort and for the purpose of preserving the timber growing thereon, 
and for the further purpose of making said parcels of land available 
for the use and enjoyment of the general public. 


BE IT FURTHER RESOLVED that I. H. Van Winkle, Attorney General, 
and J. M. Devers, Assistant Attorney General and Attorney for the 
State Highway Commission, be and they hereby are requested to nego- 
tiate further with the owners of said property and endeavor to ac- 
quire said property by agreement, and in the event that said prop- 
erties cannot be acquired by agreement, then the said I. H. Van- 
Winkle, Attorney General, and J. M. Devers, Assistant Attorney Gen- 
eral and Attorney for the State Highway Commission, are hereby re- 
quested to institute anc srosecute such condemnation proceedings or 
other suits or actions as may be necessary to acquire the said real 
property or such parcels as cannot be acquired by agreement. 
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Report on the matter of cleaning up the Indian Village adjacent to 
the Columbia River Highway at Celilo, Wasco County:- The Parks Superintendent 
presented a form of resolution pertaining to the cleaning-up of these premises 
but the Commission deferred action thereon in view of a report from Commission- 
er Aldrich to the effect that he has been informed by Mr. 0. L. Babcqck, Super- 
intendent of the Umatilla Indian reservation, who has supervision over the In- 
dian Village at Celilo, that a movement is under way for a general clean-up of 
this village. It was the thought of the Commission that further action on this 
matter should be deferred until it is mown what can be accomplished by the 
movement referred to by Mr. Babcock. 


Suggested state park adjacent to the Oregon Coast Highway, near Nel- 
scott, in Lincoln County:- The Parks Superintendent advised that he had fur- 
ther conversation with the sponsors of this park during which he pointed out 
that, the Commission has only a limited amount of funds budgeted for purchases 
of this kind, and if it purchased the Nelscott tract it would not be possible 
to finance the purchase of timber strips along the Salmon River Highway. In 
view of the c tances, he said, these people expressed a strong preference 
for the acquisition of the Salmon River timber. 


Purchase of wayside strips adjacent to the Wolf Creek Highway through 
the holdings of the Oregon-American Lumber Corporation:- The Parks Su erin- 
tendent advised that the strips in question have been burned over but have not 
been logged and that the corporation has stated its willingness to sell the 
strips to the state, after the timber has been removed, at the rate of $5.00 
per acre, and is willing to enter into a sales agreement with the state at 
this time to that effect, although it may be a matter of 10 years before the 
state can secure a deedto the property. He recommended execution of such 
agreement. The Commission approved the arrungement and authorized the Attor- 
ney to prepare a sales agreement in accordance therewith. However, the agree-- 
ment is to be approved by the Commission before it is presented to the company 
for execution. 


Purchase of an addition to Azalea State Park at Brookings, in Curry 
County:- The Parks Suverintendent requested authority to purchase 2.89 acres 
as an additional unit to this park. He advised that the owners, the Brookings 
Land and Townsite Company, are asking 4100 per acre for this land plus an ad- 
ditional $40, which represents the amount that they paid out to have the prop- 
erty surveyed for a prospective purchaser, or a total of ‘3329. The Commission 
approved the purchase of this tract by unanimous vote. 


Proposed addition to Devils Elbow State Park adjacent to the Oregon 
Coast Highway, near Heceta Head, in Lane County:- The Parks Superintendent 
recommended the purchase of 58 acres at this location, described as Lot 1 and 
the N.W. of the N.W.3 of Sec. 34, T. 16 S., R12W., W.M., from the owner, Mr. 
Rufus Stonefield. He said that this property is needed to protect the present 
state park at this location, Lot 1 being particularly desirable because it 
will prevent the commercialization of the area on the east side of the highway 
at the north end of the Cape Creek Bridge, and will round out the present park 
on the east side of the highway. The N.W.2 of the N.W.2, he said, consists of 
@ high promontory overlooking the ocean and lies just north of the Heceta Head 
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The Attorney brought up for discussion the controversy with H. M. 
Featherstone, Vale, Oregon, concerning title to a stock pile site situate in 
Section 22, T. 18 S., R. 45 W., W. M., Malheur County. He advised that on 
April 8, 1927, Malheur County executed to the State of Oregon @ quitclain 
deed covering this stock pile site which is located adjacent to the John Day 
Highway at Mile Post 283.83, and that the deed was recorded on May 14, 1927; 
also, that subsequently the county executed another deed conveying a larger 
subdivision, of which the stock pile site in question is a part, to Mr. Feath- 
erstone, who now claims that his title is superior to that of the state, and 
alleges that the county did not transfer title to the state in compliance with 
the laws verteining to transfer of property that was acquired by the county un- 
der tex foreclosure proceedings. He gave as his opinion that Mr. Featherstone 
is not in a position to contest the state's title because, first, the Attorney 
General ruled many years ago that in the conveyance of property from one gov- 
ernmental board or commission to another, it was not necessary to comply with 
the statutes relative to advertising and sale; and, second, because the legis- 
lature, by Chapter 204, Oregon Laws 1935, authorized any county court or 
board of county commissioners to convey unto the State of Oregon, by and 
through its State Highway Commission, lands for various-named state highway 
purposes, specifically including stock pile sites, notwithstanding the pro- 
visions of any other law. He suggested that the controversy might be termi- 
nated by deeding to Mr. Featherstone the north half of the stock pile site, 
which, according to information received from the Division Ingineer, is not 
absolutely needed for the state's use, if Mr. Featherstone will convey to the 
state a parcel of land of equivalent area fronting on the highway and adjoin- 
the south half of the tract under discussion. He requested instructions. 


After discussion, the Commission decided that it does not have au- 
therity to quitclaim anything to Mr. Featherstone without adequate considera- 
tion. The Attorney was instructed to so inform Mr. Featherstone and to en- 
deavor to reach a satisfactory agreement with him on the basis of his sugges~ 
tion. 


The State Parks Superintendent, Mr. S. H. Boardman, was present and 
reported on the following park matters: 


Suggestion of P. F. Chandler, Canyon City, that the state take over 
and assume the maintenance of Joaquin Miller cabin, near Canyon City:- The 
Parks Superintendent advised that the cabin under discussion was built in the 
year 1860 by Joaquin Miller, who lived in it for about 5 years. Local Canyon 
City people, he said, are now caring for the cabin because of its historical 
background and its relation to the early days of Grant County, but the cabin 
needs attention and it appears that the responsibility is too great for the 
local people to handle, so they have suggested that the Highway Commission 
take it over as a stete matter. He added that the building houses some old 
relics, none of which, however, were ever owned by Joaquin Miller, and if the 
state took it over it would be necessary to maintain a caretaker there con- 
stantly. He also stated that the sponsors of this project want to talk it 
over with the Commission personally, in view of which the Commission decided 
to defer action until it has had an opportunity to hear what these people 
have to say about it. 
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of funds the Commission decided not to purchase this tract now, it being the 
Commission's belief that the money required to acquire this tract could be 
spent to much better advantage in acquiring tracts that would fit in better 
with the state parks system. 


Timber tract at the intersection of the MeKenzie Highway and the 
McKenzie-Bend Highway just east of the town of Sisters:- The Parks Superin- " 
tendent advised that this tract is owned by the Louis Hill interests, who 
have offered to sell it to the state at the rate of $4.00 per thousand for a i 
the timber standing thereon. A cruise by the Hill interests, he said, indi- 
cates that there are 444,000 board feet of timber on the tract, whereas the 
state's cruise indicates 143,000 board feet; also, that on account of this 
difference, a third cruise was made by the U. S. Forest Service, which indi- 
cates that the tract contains 374,000 board feet. He advised that, due to 
the variance, he has arranged with Mr. David Mason, who represents the, Hill 
interests, for a joint cruise of the tract so as to make it possible to come 
to a mutual understanding as to the correct stumpage. The Commission ap- 
proved the report. 


Woahink Lake C.C.C. Camp:- The Parks Suverintendent advised that 
the Federal Government is about to abandon the C.C.C. camp that has been lo- 
cated at Woahink Lake and has been doing good work in Jessie Honeyman State 
Park. He said that there is much work yet to be done in this park, and re- 
quested authority from the Commission to write to the National Parks Service 
objecting to the removal of this camp. The Commission by unanimous vote ap- 
proved the request and instructed Mr. Boardman to send copies of his letter 
to the members of Oregon's delegation in Congress. 


Display of Highway Department's pictures in hotel lobbies:- The 
Parks Superintendent reported conversation with the manager of one of the ho- 
tels in Portlend regarding the use of some of the Highway Department's pic- 
tures of Oregon scenes for display purposes in the lobby of his hotel. He A 
requested information as to whether or not he should encourage such display . 
of pictures that have been made by the Highway Department's official photog- 
vapher. In the discussion of this matter the question arose whether or not 
commercial photographers would object to the use of state-owned pictures for 
such purpose and to what extent other hotels throughout the country would ask 
for the same privilege. The Parks Superintendent was instructed to confer 
with Mr. Harold B. Say, Director of the Travel and Information Department, 
Telative thereto. 


The Commission had under consicsration the matter of providing a 
basic allocation for the 1940 Federal Aid Funds and for the 1939 State Fumds; 
also, the selection of projects for a rartial program for the 1940 Regular 
Federal Aid Funds. After considerable discussion and careful consideration, } 
the Commission by unanimous vote approved the following basic allocation for 4 
such funds and the following vrojects for such partial program, it being un- Bet 
derstood that the basic allocation is tentative only and that it is essential i 
to adopt the partial program at this time if the projects listed therein are rif 
to be placed under contract this year. The Engineer was authorized and in- i 
structed to submit such partial program to the Federal Bureau of Public Roads 
for approval. 
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Lighthouse. Furthermore, it joins the property of Mr. Carl G. Washburne, Bu- 
gene, who plans to donate his property to the state for park purposes. This 
promontory, he said, is the main background of the lighthouse setting as viewed 
from the Sea Lion Caves located about 1 mile south of this point. He gave as 
his thought that this property can be purchased for $3,500 and strongly recom 
mendéd the purchase. The Commission by unanimous vote authorized negotiations 
for the purchase of this property at such figure. 


130-acre addition to Silver "alls State Park, in Marion County:~- 

Mr. Boardman advised that this area is situate in the lower end of the Silver 
Creek Canyon and is an intervening tract between two areas that have already 
been acquired to fill in this park. Further, that the tract is timbered and 
would be very useful in affording protection to other timbered areas in this 
park and is also needed for the building of trails, which, under present con- 
ditions, cannot be built without encroaching upon private rty. He ad- 
vised that the entire acreage, which is described as the S.W.% of the N.E.2, 
the Nt of the N.W.3, and 10 acres situate in the S.E.} of the N.W.%, all in 
Sec. 10, T. 8S., R. 1 E., W.M., can be purchased from the owner, a Mr. K. W. 
Merrifield, for the sum of $2,600, which is at the rate of $20 per acre. The 
Commission approved the purchase by unanimous vote. 


Concession at the Vista House at Crown Point:- The Parks Superin- 
tendent brought up for discussion the advisability of granting to Mr, Edward 
L. Dimmitt, who has had the concession privilege at this place for the past 
23 years under Multnomah County's suyervision, a continuation of his conces- 
sion privilege. He presented a statement from Mr. Dimmitt showing that his 
yearly expense for maintaining the concession amounts to $2,491. After dis- 
cussion, the Commission authorized the renewal of the concession to Mr. Din- 
mitt for a period of one year without compensation, provided he will act 4s 
caretaker of the proparty and will maintain the premises to the satisfaction 
of the state; and provided, further, that he will confine his sales to candy, 
gun, cigarettes, ice cream, soft drinks, and cigars, and nothing else, the 
intention being that Mr. Dimmitt shall not conduct a restaurant business in 
opposition to Mr. W. A. Johmson who conducts such a business on privately- 
owned property nearby. 


Sale of gravel from Cummings Creek on the Oregon Coast Highway, in 
Lane County:- The Parks Superintendent advised that a Mr, George L. Govro, 
of Yachats, has requested permission to take gravel from this creek, which is 
located within the boundaries of the property recently acquired from Mrs. 
Pratt for state park purposes. He recommended that the request be denied. 
The Commission approved the recommendation. 


Proposed pari: site at Floras Lake near Port Orford, in Curry County:- 
The Parks Superintendent advised that the Blacklock Sandstone Company of San 
Francisco owns 1400 acres at this location, which commences at Flores Lake 
and extends down the coast in Sections 18, 19, 30, and 31, of T. 31 S., R. 15 
W., W. M., for which the company is asking the sum of $10 per acre, or $14,000 
for the entire acreage. He gave as his thought that this would be a wonder- 
ful buy if the Commission could finance it. In view of the present shortage 
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Plans - - - ~ Provolt-Williams Section, Williams Secondary Highway, Josephine 
County lst authorization - $100.00 


- U.S.R.S. Flume, B.P. 293.66, The Dalles-California Highway, 
Klamath County 2nd authorization - $550.00 
Total to date - $900.00 


e 
® 
= 
8 
i 
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Plans - - - - Mac's Store-Merrill Section, The Dalles—California Highway, 
Klamath County. 2nd authorization - $2,600.00 
Total to date - 52,800.00 


Location - - + Silver Lake-Picture Rock Pass Section, Fremont Highway, Lake 
County lst authorization - $700.00 


PE PST TITRE 


. 


a 


f 


Location - - - Eugene-Walker Section, Pacific Highway, Lane County 
lst authorization - $25,680.00 
Right of Way - Toledo-Olalla Creek Section, Corvallis-Newport Highway, Lin- 
coln County lst authorization - $50.00 


Right of Way - Otis-Yamhill River Section, Salmon River Highway, Lincoln Co. 
lst authorization - $1,370.00 
Test. Holes - - Albany Section, Pacific ilighway East, Linn County 
lst authorization - $150.00 
Location - - - Foster-Bryant Hill Section, Santiam Highway, Linn County 
lst authorization - $7,500.00 
- Brogan-Jamieson Section, John Day Highway, Malheur County 
lst authorization - $1,950.00 
Plans - - - ~ Sandy Boulevard (Unit 2), Columbia River Highway, Multnomah 
County 2nd authorization - $1,200.00 
Total to date - $2,200.00 


Plans - 


Location - 


- Bybee Avenue Connection, Pacific Highway East, Multnomah County sf 
lst authorization - $200.00 
Plans ~- - - - Fern Corner-Falls City Section, County Road, Polk County 
lst authorization - $675.90 
Right of Way - Neahkahnie Mountain-Short Sand Beach Section, Oregon Coast High- 
way, Tillamook County lst authorization - $500.00 


Bridge - - ~ ~ Tillamook-Washington County Line Section, Wilson River Highway, : 
Tillamook County lst authorization - $150.00 


Plans - - - ~ Mills Bridge Section, Wilson River Highway, Tillamook Coumty 
lst authorization - $260.00 


ug Sa 


Plans - - - - Cove-Island City Section, Cove Secondary Highway, Union County 'e 
2nd authorization - $500.00 vi 
Total to date - $2,000.00 ef 

Plans - - - - Hillsboro-Airport Section, County Road, Washington County 


2nd authorization - $600.00 
Total to date - $1,200.00 


b 
ia 
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The Engineer presented a list of surveys that ne has ordered since 
the last meeting of the Commission, and asked the Commission to confirm them 
and the amounts authorized for each. After due consideration, motion was made 
by Commissioner Tou Velle that the State Highway Engineer be authorized and in- 
structed to make such location surveys on various sections of highways of this 
state, which said sections of highways, together with their identifying survey 
numbers and the amounts authorized for survey expenditures are as follows: 


Mile Post- - - Baker-Idaho Line Section, Old Oregon Trail Highway, Baker County 
ist authorization - $240.00 
Plens - Canby-Marquam Section, County Road, Clackamas County 
lst authorization - $1,050.00 
- Zig Zag-Rhododendron Section, Mt. Hood Highwey, Clackamas County 
; lst authorization - $1,400.00 
~ Cannon Beach Junctica-Necanicum Junction Section, Oregon Coast 
Highway, Clatsop County lst authorization - £100.00 


- Jewell-Banzer Bridge Section, Nehalem Secondary Highway, Clat- 
sop County 3rd authorization - $300.00 


Total to date - $33,550.00 


Right of Way - Mist Section, Nehalem Secondary Highway, Columbia County 
lst authorization - $100.00 
Location - - - Crooked River-Prineville Section, Ochoco Highway, Crook County 
3rd authorization - $500.00 
Total to date - $1,300.00 


-- Divide-Oakland Section, Pacific Highway, Douglas County 
2nd authorizetion - $200.00 
Total to date - $1,160.00 


~- Prairie City Section, John Day Highway, Grant County 
2nd authorization - $250.00 
Total to date - $650.00 


- Prairie City-Austin Junction Section, John Day Highway, Grant 
County lst authorization - $1,000.00 


- Cinder Butte-tiagontire Section, Lakeview-Burns Highway, Harney 
County lst authorization - $1,500.00 


~- Okerman Ranch-Sage Hen Hill Section, Central Oregon Highway, 
Harney County lst authorization - $1,400.00 


~- Wright Point-Narrows Section, Frenchglen Secondary Highway, 
Harney County lst authorization - $1,500.00 


- Buchanan Ranch-Nigger Flat Section, Central Oregon Highway, 
Harney County 1st authorization - $800.00 


- Baker Gulch-Lick Creek Section, Little Butte Highway, Jackson 
County lst authorization - $250.00 


8'724 


D. L. Ashton, Contract No. 2102, for construction of a roadside 
improvement project on the Shedd-Halsey Section of the Pacific High- 
way East, in Linn County, requested an extension of time from Octo- 
ber 31 to December 15, 1938, within which to complete this job. The 
Engineer advised that weather conditions were not favorable to the 
planting of trees and shrubs prior to November 15 and it was not un- 
til the latter part of November that the contractor was permitted to 
proceed with this part of the work. He recommended, in view of the 
circumstances, that the extension now requested be granted without 
penalty and presented a letter from the Bureau of Public Roads con- 
curring therein. The Commission approved the recommendation wani- 
mously. 


Mountain States Construction Company, Contract No. 2110, for 
the construction of a canal and railroad roadbed on the Pacific High- 
way East, in Albany, Linn County, requested an extension of time 
from December 31, 1938, to June 1, 1939, within which to complete 
this project. They alleged that their failure to complete the proj- 
ect within the specified time limit was oceasioned by the fact that 
they were ordered to shut down their work on December 30, 1938, and 
that their operations were delayed by the failure of the railroad 
company to perform certain work in connection with this job. The 
Engineer advised that the contractor was handicapped in his opera- 
tions by reason of the failure of the railroad company to perform 
certain work that it was obligated to do in connection with this 
project and also because of the noncompletion of the revision of 
the city's water main which had to be coordinated with the contract 
work. He further stated that because of adverse weather conditions 
he ordered the contractor to close down the work through the winter 
months. It was his thought, in view of the circumstances, that the 
contractor is entitled to the extension of time without penalty and 
he so recommended. A letter was presented from the Bureau of Pub- 
lic Roads concurring therein. The Commission approved the recommen- 
dation unanimously. 


Castelloe & Stocker, Contract No. 2112, for installation of a 
traffic signal system in the city of Eugene, Lane County, requested 
an extension of time from November 30, 1938, to January 25, 1939, 
within which to complete this »roject. They attributed their fail- 
ure to complete the project within the specified time limit to de- 
lay in receiving some of the signal equipment required for the work. 
The Engineer advised that the reason given by the contractor for 
failure to complete this project within the s.ecified time limit is 
correct and accordingly recommended that the extension requested be 
granted without penalty. The Commission approved the recommendation 
unanimously. 


The Engineer reported that Contracts Nos. 1979, 2061, 2119, and 21% 
for the construction of state highway srojects have been completed according 
to the requirements of the contracts or modifications thereof, and that said 
jobs are now ready for acceptance. The following resolution accepting the 
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The motion was duly seconded by Commissioner Aldrich and was declared by Chair- 
man Cabell to have carried by the unanimous vote of the Commission. 


The Commission had under consideration the following requests for ex- 
tensions of time within which to complete highway construction projects: 


Roy L. Houck, Contract No. 1979, for grading the Lamb Creek- 
Sheep Ridge Section of the Santiam Highway, in Linn County, requested 
an additional extension of time, from November 1 to November 17, 
1938, within which to complete this project. He alleged that he 
would have completed the job within the previously~extended time lin- 
it had it not been for the fact that wet weather interfered seriously 
with his work, and the work was further delayed by reason of the oc- 
currence of numerous slides. The Engineer advised that the comple- 
tion date specified in the contract was December 15, 1937, but, be- 
cause of numerous large slides, the contractor was unable to complete 
the project within that time, hence the Commission approved extending 
the time limit to November 1, 1938, with the understanding that Mr. 
Houck would be required to reimburse the state for engineering ex- 
pense incurred subsequent to October 1, 1938. Additional slides oc- 
curred, hz said, which prevented the completion of the project with- 
in the extended time limit, and examination of the final quantities 
reveals that Mr. Houck removed 280,000 cu. yds. of material, which 
is an increase of 41 per cent over the estimated amount and is ll 
per cent in excess of the quantity estimated at the tine of the first 
extension. This would automatically allow the contractor, he said, 
an extension of time, without penalty, of 94 days subsequent to July 
20, 1938, when the work was resumed after the winter shutdowm, or un- 
til October 23, 1938. He recommended, therefore, that the extension 
now requested be granted subject to the condition that the contrac- 
tor shall reimburse the state for engineering expense incurred sub- 
sequent to October 23, 1938, instead of subsequent to October 1, 
1938. He advised that such recommendation is made notwithstanding 
that the Bureau of Public Roads will not concur therein and will not 
reimburse the state for this exzense. After discussion, the Commis- 
sion by unanimous vote approved the Engineer's recommendation. 


R. I. Stuart @ Sons, Contract No. 2061, for furnishing crushed 
rock in stock piles for the Bandon-Port Orford Section of the Oregon 
Coast Highway, in Coos and Curry Counties, requested an additional 
extension of time, from October 15 to November 27, 1938, within 
which to complete this job. They gave no reason for their failure 
to complete the project within the specified time limit. The Ingi- 
neer advised that the date of completion s,ecified in the contract 
was August 31, 1938, but was extended by the Commission to October 
15, 1938, with the understanding that the contractor would reimburse 
the state for the engineering expense incurred subsequent to Septem- 
ber 4, 1938. He recommended granting this additional extension of 
time subject to the same penalty. The Commission approved the rec- 
omaendation unanimously. 


1939 


Agreement with the First National Bank of Portland and the Bri- 
Gal Veil Timber Company providing for a hauling-road easement across 
certain property adjacent to the Upper Columbia River Highway, Mult- 
nomah County. - 


Agreement with Bridal Veil Timber Company covering settlement 
for right of way on revised location of the Columbia River Highway. 


Agreement with 0.W.R.R.& N. Company and Union Pacific Company 
covering the construction of a highway crossing and encroachment 
at Jamieson, Oregon. 


Agreement with the City of Klamath Falls and the California- 
Oregon Power Company relative to changes in power lines, poles, 
and facilities in connection with Main Street Undercrossing Proj- 
ect in Klamath Falls. 


Agreement with Union County Court covering maintenance and ac- 
quisition of right of way for the North Powder River County Road. 


Agreement with Klamath County Court providing far maintenance 
and acquisition of right of way for the Poe Valley Section of the 
Malin-Bonanza County Road. 


Agreement with Portland General Electric Company et al rela- 
tive to form of permit releasing the power company and associated 
pole lines from liability with respect to fixtures which the state 
may attach to the company's poles. 


Agreement with Frank Cornwell covering construction of an & 
inch tile drain leading from the state highway to Mr. Cornwell's 
property adjacent to Barbur Boulevard. 


Confirm the signing of agreements with the Teachers Retire- 
ment Fund Association, Multnomah County, and Lewis C. Garrigus,Jr., 
and wife, providing for easements for Barbur Boulevard drainage 
tunnel in Portland. 


Bargain and Sale Deed conveying 0.366 acre of land adjacent 
to Siuslaw Highway, Lane County, to A. J. McDonald and wife. 


Bargain and Sale Deed conveying unto William J. Jacobs and 
wife 37,621 square feet of land situate in Irvington Addition to 
the city of Portland. 


Bargain and Sale Deed conveying unto James S. Moore 40 acres 
of indemnity land situate in Grant Coumty. 


The Commission discussed the setting of a date for its next regular 
meeting to receive bids on highway construction projects, and decided to hold 
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above projects was offered and was adopted by the unanimous vote of the Commis- 
sion: 


WHEREAS , the Engineer has reported that the following 

State Highway Commission contracts for the construction of state 

highway projects have been completed according to the terms and 
of the contracts and said jobs are now ready for accep- 


tance: 


Contract No. 1979, with Roy L. Houck, for grading the 
Lamb Creek-Sheep Ridge Section of the Santiam Highway, in 
Linn County. Completed November 17, 1938. 


Contract No. 2061, with R. 1. Stuart & Sons, for fur- 
nishing crushed rock in stock piles for the Bandon-Port Or- 
ford Section of the Oregon Coast Highway, in Coos and Curry 
Counties. Completed November 27, 1938. 


Contract No. 2119, with Fisher Brothers, for furnishing 
crushed rock for the Madras-Deschutes County Line Section of 
The Dalles-California Highway, in Jefferson County. Com- 
pleted February 15, 1939. , 


Contract No. 2124, with A. S. Wallace, for furnishing 
crushed rock for the Lebanon-Foster Section of the Santiam 
Highway, in Linn County. Completed February 11, 1939. 


THEREFORE, BE IT RESOLVED, that the work covered by said 
state highway contracts for the construction of said state highway 
projects be declared completed according to the terms of the re- 
spective contracts, and said jobs are hereby accepted and final 
payment in connection with each is hereby authorized. 


The Commission considered and signed agreements, et cetera, as fol- 


Agreement with Ida H. Frazier disposing of her claim sgainst 
the State Highway Commission arising out of the construction of the 
Ontario underpass. 


Agreement with Wauna Toll Bridge Company covering the matter 
of highway connection from the Bridge of the Gods to the Columbia 
River Highway at Cascade Locks. 


Agreement with Bureau of Public Roads covering reimbursement 
for expense in supervising P.i/.A. road projects on county roads. 


Agreement with Maude Hastings Campbell disposing of her claim 
arising out of the construction of Union Avenue viaduct, Portland. 


1939 
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WHERESS, in connection with the further improvement of 
the highways hereinafter designated, it is and has been necessary 
to acquire property for right of way, quarry sites, gravel or 
other material sites, or sites for the storage of materials, as 
hereinafter more definitely set forth; and 


WHEREAS, as a result of negotiations carried on with the 
omers of the property required, options have been obtained, which 
options have been considered by the Commission, outlining the ba- 
ses of settlement which have been agreed upon; and 


WHEREAS, it, is the judgment of the Commission that the 
said options should be approved and accepted, and/or the said re- 
ports be declared accevtable to the State Highway Commission as ba- 
ses of settlement for the properties involved, and that the acqui- 
sition of the properties should be completed: 


NOW, THEREFOR, BE IT RESOLVED that the several offers, 
or bases of settlement hereinafter enumerated be, and the same 
hereby are, approved and accepted, and that the Attorney for the 
State Highway Commission be, and he hereby is instructed to com- 
plete the acquisition of the said properties and to take title 
thereto in the name of the State of Oregon. The said properties 
hereby ordered and authorizéd to be acquired are as follows: 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 
Salem— s un — Pacific Highia: 
5760-Grabenhorst, E.B. W 8818 sq.ft. 3¢ sq.ft. plus $50 McCallister 
- Da = s Valley Hi 
1253-Polk County Maintenance 0.59 3-yr. lease 
Headquarters Lump Sum $1.00 Benson 
reek-Wade Corner tion - Eagle Creek-—Dov We 
'722-Douglas, Roy Quarry 2-yr. lease, per cu. yd. Collier 
6721-Anderson, A. W. " 2-yr. lease, 24¢ per cu.yd. " 
Davies Section ~— wolf “hw, 
McGill, Carrie E. 1 2.90 $150 per a. + $415 McChesney 


Mat Section - Nehalem Highway 
725-Columbia County Maintenance Site 0.47 {100 per a. + $203 McChesney 
bei Section — Wolf Creek Highway 
Standard Box and Lumber Co. 10.0 $60 per a. McChesney 
Quarry 
Mille Bridge Section —Wileon River Hiehray 
6710-Vogler Estate, and i 0.58 Lump Sum $25 Benson 


A. T. Dolan 
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such meeting on Thursday and Friday, April 6 and 7, in Portland. The Secretary 
was instructed to make the usual arrangements for the use of the auditorium in 
the Public Service Building. 


There being no further business to come before the Commission at this 
time, the meeting was adjourned at 3:00 o'clock p- m. 


Hace neat L0/ 
State Highway Engineer Commissioner : 


— aA 


Secretary Wz Commissioner 


Salem, Oregon, March 21, 1939 


The State Highway Commission met in special session at 10:30 o'clock 
a. m. in the office of the State Highway Engineer, Room 325, State Office 
Building. Present were: 


Henry F. Cabell, Chairman 

E. B. Aldrich, Commissioner 

F. L. Tou Velle, Commissioner 

R. H. Baldoci:, State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


The Commission by unanimous vote approved the minutes of its meet- 
ings held on June 13, 14, and 15; June 29 and 30; July 20 and 21; August 3 
and 4; August 9; August 30; September 19; September 28 and 29; October 20; No- 
vember 14 to 18, inclusive; December 19 and 20, 1938; January 13; Jenuary 255 
26, and 27, 1939. 


_ The Assistant Attorney entered a brief report on the right of way 
budget. He pointed out that said budget for 1939 contains an item of $550,000 
for acquisition of right of way and other real property, exclusive of state 
parks, and that to date he has received commitments totalling $286,000. The 
Commission approved the report. 


The Engineer requested authority to acquire certain parcels of real 
property that are needed for various highway improvements throughout the state. 
He submitted a list of such properties together with prices that he recommend- 
ed be paid for each. After careful consideration the Commission approved the 
Engineer's request and by unanimous vote adopted the following resolution in 
regard thereto: 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Rhea Creek-Heppner Se D : He er Highway 
7il-Jones, C. N. Quarry 3.67 $30 per a. plus $48 Wells 
6677-Jones, Alva Wi. R/W 0.33 $30 per a. plus $7.50 
plus fencing . 
6694-Hanshaw, D. H. " 0.11 Land $10, plus $45.75 " 
6687-Baird, J. W. " 0.10 Land $10, plus $21 " 
6679-Gammell, Ide M. " 0.36 Land $10, plus $85.50 " 
6680-Jones, C. N. n 0.13 Land $5, plus $95.25 . 
6699-Morrow County " 0.02 Gratis e 
6678-Jones, Glenn C. " 2.25 $20 per a. plus $406.25 " 
6695-Hughes, Joseph J. " 0.01 $5.00 Lump Sum " 
6693-Stout, James " 0.01 $5.00 Lump Sum " 
6702-Morrow County " 0.01 Gratis " 


The Attorney requested authority to institute condemnation proceed- 
ings to acquire the following properties: 


McEwan and Gates property needed as right of way for the Pa- 
cific Highway East, in Oregon City. He recommended an offer of 
$11,000 for this property. 


August Olson property needed as right of way for the Pacific 
Highway East, in Oregon City.’ He recommended an offer of $9,500 
for this property. 


John Bastendorf property needed as right of way for the Charles- 
ton-Cape Arago Section of the Cape Arago Secondary Highway. He rec- 
ommended payment of $200 for this property. 


After discussion, the Commission approved the offers recommended for such prop- 
erties and by unanimous vote adopted the following resolution authorizing con- 
demnation if they are refused: 


WHEREAS, the State Highway Commission is by law authorized 
end directed to lay out, locate, designate, construct, improve, and 
maintain a system of state highways in the State of Oregon, and to 
acquire rights of way and to declare the necessity and need for the 
acquisition thereof, and the advantages to be gained thereby; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission as follows: 


1. That the State Highway Commission does hereby find and 
declare that it is necessary anc will be of advantage to the State 
of Oregon and there is need that the State acquire for right of way 
purposes in connection with the permanent location, construction, in- 
provement, and maintenance of the following section or sections of 
the state highway system of the State of Oregon, to wit: 
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Section, Hwy. , and Owner Purpose Acres Aorroximate Amounts Agent 


per &. + $50 + mov- 


ing blag. (Est.at $400) * 


536 F 160 sq.ft.at $0.075 per sq.ft. Gardiner 
5349-Chatburn, George 215 sq.ft.at 10¢ sq.ft. plus 

moving buildings ss 
5355-Kronenberg, George 5352 sq.ft. 

5000 sq.ft. at $0.12 per sq.ft. 

352 sq.ft. at $0.35 per sq.ft. 

plus $76.80 

plus moving or remodeling 

buildings Gardiner 
5326-Bandon, City of Cost of moving transformer sta- 

tion - $373.11 ad 


70.8 TLADSGSBLS piVue = Ti mpque Highway 
6010-Umpqua Corporation R/ Wi 7.5 a. at $200 per a. 
10.0 a. at $50 per a. 
plus $1000 McChesney 
(Price is satisfactory but property not 
to be purchased until public hearing is 
held in Reedsport) 
6011-Douglas County R/W 1.52 $1.00 Lump Sum 
4701-Douglas County " 18749 sq.ft.$1.00 Lump Sum 


Est. Slope Easement 
5083-Mullen, Mary F. Est. " ” 5167 sq.ft. 
6569-Mullen, Mary F. Est. and 

Coos County Slope Easement 282 sq.ft. 


k ¢ : 
Emerick, Bessie Quarry 
6705-Hansen, W. i. Stock Pile 0.49 


oe ST feterans' State aid Sanission™ 
R/W 0.21 Land Gratis plus $73.75 " 


tter Creek Bri ion - = h 
5-Barrett, Eliza 1 022 $75 per a. Parker 
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paid for the taking of the same and the damage, if there be any, 
and in the event that no satisfactory agreement or agreements can 

» then it is hereby further resolved that the Attorney 
General of the State of Oregon and J. i. Devers, Assistant Attor- 
ney General and Attorney for the State Highway Commission, be and 
they hereby are requested to commence and prosecute to a final de- 
terminetion such suit or action, or suits or actions, as may be nec- 
essary and appropriate to acquire title to the said premises and 
all rights therein for the purposes herein stated. 


5. That this resolution be entered in full in the min- 
utes and records of this Commission. 


| 


The Assistant Attorney reported results of his contact with the Coun- 
ty Court of Clatsop County relative to the acquisition of county-owned land 
that is needed for right of way for the proposed Astor Street improvement of 
the Oregon Coast Highway, in Astoria. He advised that the County Court has 
stated a willingness to deed this property to the state provided the state,in 
turn, will deed back to the county the areas that lie outside of the standard 
width highway right of way, and provided, further, that the state will rein- 
burse the county for the taxes that the county has paid to the state treasurer 
on the property that is taken for right of way. The Commission approved such 
arrangement by unanimous vote. 


The Assistant Attorney brought up for discussion the advisability 
of acquiring the L. E. Dayton property at Grants Pass, a portion of which is 
needed as right of way for the proposed revision of the Pacific Highway just 
south of Grants Pass. He explained that Mr. Dayton owns land fronting on the 
present highway, on which he conducts a store business and that the relocated 
highway will take in most of this property. Mr. Dayton, he said, has a bona 
fide offer of a teaant who wishes a new building at this location, but Mr. 
Dayton does not want to erect this building if the Highway Commission expects 
to purchase the right of way in the near future. However, if the Highway Com- 
mission does not intend to buy this property in the near future, he will poro- 
ceed with the erection of the building at once. The matter is an urgent one, 
he said, because if Mr. Dayton accepts the offer of his tenant the building 
will have to be completed by June 15. He estimated the value of Mr. Dayton's 
property at $5,600 and advised that Mr. Dayton is demanding the sum of $6,000 
for the same. He recommended purchase of this property now in order to avoid 
condemation at a later date and the extra cost to purchase the building. Aft- 
er discussion the Commission by unanimous vote approved the recommendation. 


In this connection it was vointed out that it will not be necessary 
to move Mr. Dayton's store building in the near future because it will be some 
time before the Commission is able to reconstruct the highway. The Attorney 
was instructed to arrange for the lease of this building by ur. Dayton until 
the land is needed for highway purposes. 


The Attorney also reported briefly on the status of securing right 


of way options for the proposed improvement of the Pacific Highway West, 
through the town of Tigard. He seid that the securing of options has been very 
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Abernethy Bridge-Main Street Section of the Pacific Highsay East 
: Charleston-Cape Arago Section of the Cape Arago Highway 


land and property omed by or in possession of the following parties 
and/or persons, to wit: 


Abernethy Bridge-fain Street Section of the Pacific Highway East 


5304~Gladys Gates McEwan and C. T. Gates 
6489-August Olson 


Charleston-Cape Arago Section of the Cape Arago Highway 
6729-John Bastendorf Heirs 


as their respective interests may appear, and this Commission does 
hereby declare further that the said property or properties are nec- 
essary, are needful, and the acquisition thereof will be of advan- 
tage to the State of Oregon for right of way purposes in order to 
make it possible for the State Highway Commission to properly locate, 
construct, and maintain said portion or portions of the said state 
highway system in accordance with standards adopted by this Commis- 
sion relative to curvature, grades, alignment, drainage, and factors 
of safety. 


2. That the State Highway Engineer be and he hereby is 
instructed and directed to properly survey the parcel or parcels of 
land required for such right of way purposes and prepare proper and 
adequate descriptions thereof, which descriptions shall be employed 
in the preparation of a deed or deeds or other instrument or instru- 
ments necessary to complete the acquisition of the said property or 
properties or which descriptions may be used in the preparation of 
a complaint in the event that condemation proceedings are neceses- 


sary. 


3. That the boundaries of the said parcel or parcels of 
land, as defined and determined by the said survey made by the said 
Highway Engineer, along the route or location adopted by the High- 
way Commission, shall be and the same hereby are adopted and the 
‘ lands defined therein are hereby declared to be and the same are in- 
, cluded within the rights of way of the said portion or portions of 
the said state highway system and hereby are declared to be neces- 
sary for the prover location, improvement, construction, and main~ 
ea tenance of the said portion or portions of the state highway system. 


4. That I, H. Van Winkle, Attorney General of the State 
of Oregon, and J. M. Devers, Assistant Attorney General and Attorney 
for the State Highway Commission, be and they are hereby requested, 
authorized, and directed to attempt to agree with the owner or owners 
Pr and/or with the tenants or persons in possession, if there be any, of 
i said parcel or parcels of land with respect to the compensation to be 
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The Secretary reported receipt of a letter from Mr. Lewis A. McAr- 
thur, Secretary of the Oregon Geographic Board, recommending the granting of 
the request of Mrs. Jennie Reeher, Forest Grove, that the bridge over the Wil- 
son River on the Wilson River Highway, near the old Reeher homestead, be named 
"Reeher Bridge" in honor of the Reeher family, who were pioneers of this dis- 
trict. The Commission approved Mr. Mc Arthur's recommendation by unanimous 
= = instructed the Engineer to attach an appropriate plaque on this 
struc ° 


The matter of acquiring right of way for the proposed revision of 
the Umpqua Highway at the eastern city limits of Reedsport had the attention 
of the Commission. The Attorney presented an offer from the Umpqua Corpora- 
tion to sell for the sum of $3000 17% acres of its property that is needed 
for this improvement, and recommended acceptance of the same now, so as to 
avoid complications later, it appearing that the company has plans for the 
immediate use of this land. In the discussion that followed it wag pointed 
out that before the Commission can make this proposed change in the highway 
it will be necessary to hold a public hearing in Reedsport, as is required by 
law. The Commission by unanimous vote approved the amount of the Umpqua Cor- 
poration's offer but instructed the Attorney not to close the deal wmtil such 
hearing has been held. The setting of a date for such hearing was deferred 
until the April 6th meeting. 


The Secretary presented a-letter from the State Capitol Reconstruc- 
tion Commission requesting relief from the payment of its account with the 
Highway Commission for the cost of testing materials and furnishing prints 
for the use of the Capitol Commission, totaling $127.98. The Mngineer ad- 
vised that the past policy of the Highway Commission, which is of long stand- 
ing, has been to require other state departments to pay for services rendered. 
The Commission considered this policy sound and thereupon denied the request. 


The Commission considered but deferred until its meeting m April 6 
the setting of a date for a public hearing in Bend relative to the rerouting 
of Century Drive Secondary Highway in that city. 


The Engineer. requested authority to purchase the following equip- 
ment: 


Equipment for Wolf Creek Highway 


2 - large motor patrol graders suitable for construction work, 
2 old graders to be traded in. Estimated net cost $5,200 
each, or a total of $10,400 


6 - 4-yd. trucks, 6 old trucks to be traded in. Estimated 
net cost $3,600 each, or a total of 21,600 


1 - 1l2-yd. carry-all, an outright purchase. Estimated cost 4,200 
1 - RDS tractor, an old tractor to be traded in. Estimated 


net cost 7,500 
(Continued on next page) 
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slow and that it will probably require another six weeks to complete the nego- 
tiations; however, present indications are that right of way along the north- 
westerly route, which is the favored route, will cost about $95,000. He was 
instructed by the Commission to secure options from some of the principal 
property owners within the next week, which will give the Commission an idea 
as to how much it will have to pay for all of the right of way, and will help 
the Commission in deciding the permanent route. He was also instructed to 
consult Mr. Thomas Tongue, Jr., Hillsboro, in regard thereto, and to inform 
Mr. Tongue that the Commission cannot seriously consider the northwesterly 
route for this highway unless the right of way for the same can be secured at 
reasonable expense. y 


The Engineer reported receipt of objections from the Bureau of Pub- 
lic Roads as to the alignment of the Heppner-Rhea Creek Section of the Wasco- 
Heppner Secondary State Highway, which the Commission plans to improve this q 
summer. It appears that the alignment of the present road over the hill just F 
out of Heppner is very crooked and in the opinion of the District Engineer of 
the Bureau of Public Roads should be improved. The Engineer advised that the 
moneys budgeted for this project are sufficient only to reconstruct a 5-mile 
section rather than the entire distance between Heppner and Rhea Creek, using 
the present alignment, and that the mileage would have to be shortened consid- 
erably if the Commission undertook to revise the alignment in accordance with 
the ideas of the Bureau of Public Roads. It was his thought that such an in- 
provement would not be justified in view of the small amount of traffic that i 
the road carries. The Commission concurred in the Engineer's viewpoint and | 


7 -.. ~*~. s 


instructed him to discuss the matter further with the Bureau officials. 


The Attorney brought up for reconsideration the offer of Mr. Thomas 
Purdy, of Yachats, to either purchase or lease a small parcel of state-owned 
land situate adjacent to the Oregon Coast Highway at Bob Creek, in Lincoln 
County. He recalled that this matter has been before the Commission on two ; 
previous occasions when the Commission refused to either sell or lease the ; 
property to Mr. Purdy; but, he said, Mr. Purdy is quite insistent about the 
matter because he needs the extra area in connection with his service station 
and restaurant business and has now stated his willingness to deed to the 
state a strip of land for widening ths highway right of way across his hold- \ 
tags if the state will deed to him the property that he needs, The Engineer ( 
advised that it would be necessary to acquire a 10-foot strip on each side of 
the present right of way in order to bring it to a standard uniform width. \ 
He recommended acceptance of Mr. Purd;’s ffer if he will deed such strips to 
the state. After further discussion the Commission instructed the Attorney 
to negotiate with lir. Purdy for sufficient land to provide right of way 100 . 
feet wide. Chairman Cabell volunteered to inspect the premises the next time 
he is in that vicinity, which he thought would be during the last week in May. 


The Commission reconsidered the controversy with Mrs. Ida B. Hadley 
arising out of the reconstruction of the Pacific Highway West in front of her 
property near Newberg, but deferred final decision thereon pending further 
study by the Attorney. The Attorney was instructed to make a detailed review 
of the entire matter and report to the Commission at its next meeting. 
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and character of traffic which is damaging and injuring the said 
highway, and, in order to protect said highway against such damage 
and injury, it is deemed and is the judgment of the Highway Commis- 
sion and said Commission finds that it will be for the best inter- 
ests of the said highway that the maximum weights permitted and au- 
thorized by law be reduced; 


NCW, THEREFORE, the premises being in part as above stated, 
and the State Highway Commission having, as a result of due investi- 
gation, found that the road above mentioned and hereinafter designat- 
ed is being damaged and injured on account of the kind and character 
of traffic now being hauled over and upon said road; and, by reason 
of the fact that vehicles carrying maximum loads moved at the maximum 
speeds specified by the provisions of the laws of the State of Oregon 
are breaking up, damaging, and deteriorating the said road, 


IT IS HEREBY ORDERED, that the maximum weight of combined 
load and vehicle which shall be permitted upon the within-named road 
shall not exceed the weight herein fixed. 


The maximum weights which shall apply to the following 
highway, to wit: ‘ 


JOHN DAY: HIGHWAY from Prairie City, in Grant 
County, to Unity, in Baker County, 


shall be as follows: the combined weight in pounds bearing on the 
surface of the highway at contact with the tread of the wheels of 
the front axle of a truck or truck-tractor shall not exceed the 
product of four hundred (400) multiplied by the sum in inches of 
the tire width of the wheels of such axle; and, the combined weight 
in pounds bearing on the surface of the highway at contact with the 
tread of the wheels of any one axle of a vehicle or combination of 
vehicles, other than the front axle of a truck or truck-tractor, 
shall not exceed the product of three hundred (300) multiplied by 
the sum in inches of the tire width of the wheels of such axle; but, 
in no event shall the combined weight in pounds bearing on the sur- 
face of the highway at contact with the tread of the wheels of any 
one axle of a vehicle exceed the maximum limit set by law for any 
one axle. 


IT IS FURTHER ORDERED, that these rules and regulations as 
made and found by the State Highway Commission under the provisions 
of Chapter 360 of the laws of Oregon for 1931, shall be in full force 
and effect wntil modified, annulled, or voided by the order of the 
State Highway Commission. 


AND IT IS FURTHER ORDERED, that a notice be posted in a 
conspicuous manner and place at each end of the above-named highway 
and at important crossroads on said highway so that said notice can 
be readily seen and read, which said notice shall state plainly the 
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Brought forward $43,'700 


1 - crushing plant, including-a recrusher, vibrating screen 
and power unit, an outright purchase. Estimated cost _12,000 


Estimated net total cost of equipment for Wolf Creek 
Highway $55,700 


Equipment for maintenance work 


' 10 - power graders of the single-drive class, 10 old ob-. 
solete graders to be traded in. Estimated net cost, 
$4000 each, or a total of $40,000 


10 - pull-type graders, 10 old pull-type graders to be 
traded in. Estimated net cost $1000 each or a total of_10,000 


Estimated net total cost of equipment for maintenance work $50,000 


After careful consideration the Commission by unanimous vote approved the pur- 
chase of such equipment through the State Purchasing Agent, in accordance with 
the usual >ractice. However, the Engineer was instructed to prepare the spec- 
ifications for the tractor that is to be used on the Wolf Creek Highway so as 

to include the Cletrac Tractor as well as the PDS Tractor. 


The Engineer also requested authority to purchase one accounting ma- 
chine for use in connection with the new accounting system that has been in- 
stalled in the state highway shops at Salem. He presented quotations for 4 
different machines; namely, Burroughs, at $1,788.30; Sundstrand, at $1,557.00; 
Monroe, at $1,678.50; and National, at $1,862.00, and recommended purchase of 
the Burroughs machine at $1,788.30, it being the cheapest of the machines that 
are in common use under comparable conditions. The Commission approved the 
recommendation unanimously. 


The Engineer reported the necessity to post the Prairie City-Unity 
Section of the John Day Highway for 50 per cent reduced load limit and recom- 
mended the adoption of an order to that effect. The Commission approved the 
recommendation and by unanimous vote adopted the following resolution in re- 
gard thereto: 


WHEREAS, the following road or highway has been designated 
and declared to be and is a state highway, and has been improved and 
is being maintained by the State Highway Commission pursuant to the 
laws of the State of Oregon as a state highway, to wit: 

JOHN DAY HIGHWAY 


AND WHEREAS, the saia above-named state highway is, in the 
judgment of the Stete Highway Commission, being subjected to a kind 
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FREMONT HIGHWAY from Silver Lake to Lakeview, in Lake 
County; 


LAKEVIEW-BURNS HIGHWAY from Valley Falls, in Lake Coun- 
ty, to the junction with the Central Oregon Highway, in Har- 
ney County; 


and on that portion of 


THE DALLES-CALIFORNIA HIGHWAY from Bend to the junction 
with the Fremont Highway, in Deschutes County (from said 
last-named point to Klamath Falls, in Klamath County, the 
load limit as fixed in said former resolution shall remain 
in full force and effect until removed by order of the State 


Highway Commission) ; 


shall be and the same is hereby rescinded and cancelled as of this 
date, and the maximum load limit permissible on the said sections 
of the said highways hereafter shall be the maximum load limit pro- 
vided by law. 


IT IS HEREBY ORDERED that a certified copy of this resolu- 
tion be furnished to tHe county clerk of each county in which said 
highways are located, and that a certified copy of this resolution 
be furnished to the Superintendent of the Department of State Police 
for his information. 


The Engineer reported that, in conformance with authority previous- 
ly given him by the Commission, he awarded to the Mountain States Construc- 
tion Company, on March 15, the contract for the construction of the Noyes 
Ranch-Cove Section of Cove Secondary Highway, in Union County, bids for which 
were received by the Commission on March 2, 1939, that of the Mountain States 
Construction Company being low. The conditions of the award, he said, have 
been satisfied. The Commission by unanimous vote confirmed the award of this 
contract, as reported by the Engineer. 


The Commission considered, and deferred for decision at its meeting 
on April 6, the matter of sending a representative to the Fifth Pacific 
Northwest Regional Planning Conference at Seattle, Washington, on April 27, 
28, and 29, 1939. 


The matter of revising the penalty for the overloading of trucks by 
log haulers, in view of the passage of House Bill No. 542 by the Oregon Legis- 
lature, just adjourned, had the attention of the Commission. The Commission 
decided to hold a conference on this subject before its next meeting on April 
6 and instructed the Engineer to arrange for the same and to invite State Sen- 
ators George H. Chaney, F. M. Franciscovich and U. S. Balentine, Public Utili- 
ties Commissioner N. G. Wallace, Superintendent of State Police Charles P. 
Pray; and other interested persons to be present at such conference. 
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limitations and prohibitions of traffic hereby in this order deter- 
mined and fixed. 


AND BE IT FURTHER ORDERED, that a certified copy of this 
order be furnished te the County Clerk of each county in which any 
part of said highway is located, and that a certified copy of this 
order be furnished to the Superintendent of the Department of State 
Police for his information. 


The Engineer also reported that the reduced load limit heretofore 
in effect on the following highways: The Dalles-California Highway, between 
Bend and its junction with the Fremont Highwey, Central Oregon Highway from 
Bend to Burns, Fremont Highway from Silver Lake to Lakeview, Lakeview-Burns 
Highway from Valley Falls to its junction with the Central Oregon Highway, 
ars no longer required because these sections are sufficiently dried out and 
stabilized to carry legal limit loads. He recommended the lifting of the re- 
duced load limits on these sections. The Commission approved the recommenda~ 
tion and by unanimous vote adopted the following resolution in regard thereto: 


WHEREAS, on the 2nd day of March, 1939, ata meeting of 
the Oregon State Highway Commission, all members being present and 
participating, the Commission passed and adopted resolutions reduc- 
ing the maximum load limit on the following state highways: 


CENTRAL OREGON HIGHWAY from Bend, in Deschutes County, 
to Burns, in Harney County; 


FREMONT HIGHWAY from Silver Lake to Lakeview, in Lake 
County; 


LAKEVIEW-PURNS HIGHWAY from Valley Falls, in Lake Coun- 
ty, to the junction with the Central Oregon Highway, in Har- 
ney County; 


THE DALLES-CALIFOKNIA HIGHWAY from Bend, in Deschutes 
County, to Klamath Falls, in Klamath County; 


and 


WHEREAS, subsequent to the passage of said resolutions con- 
ditions have changed so that it is no longer necessary or desirable, 
and the Commission hereby finds that it is no longer necessary or 
desirable to maintain the reduced load limits set out in said resolu- 
tions on the said state highways; 


NOW, THEREFORE, BE IT RESOLVED that the action of the State 
Highway Commission reducing the maximum permissible load limit on the 


CENTRAL OREGON HIGHWAY from Bend, in Deschutes County, 
to Burns, in Harney County; 
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The Commission also consicered a request from the City of Junction 
City for permission to paint stripes on 6th Street, the route of the Junction 
City-Eugene Secondary State Highway, through the business section of their town, 
for the angular parking of cars against the curb. The Engineer was instructed 
to inform the city officials of the Commission's new policy with respect to the 
painting of sarking stripes and to advise the city that the state will assume 
the obligation of painting these stripes and will maintain them hereafter if 
the city will agree to the parking of cars parallel with the curb. 


The Secretary presented a letter from P.A.Gent, Route 1, Eugene, re- 
questing that the county road which connects the Pacific Highway and the Junc- 
tion City-Bugene Secondary State Highway and passes through the towns of Irving 
and Santa Clara be named "Gent Drive, Avenue, Lane or Road", as preferred, and 
that aporopriate signs be erected at each end thereof directing traffic to the 
Irving and Santa Clara districts. The Commission decided, inasmuch as the road 
under discussion is a county road, that the naming of the same is a function of 
the Lane County Court, which has jurisdiction, and instructed the Secretary to 
so inform Mr. Gent. The Engineer was instructed to investigate the matter of 
erecting signs pointing out Santa Clara and Irving and to erect such signs if 
it is in line with the Commission's policy with respect to such matters. 


The Commission considered and referred to the Ingineer for investiga- 
tion and report letters from W. L. Grigsly, Newport, and Ce Lesta Knowles r 
Seal Rocks, protesting the removal of agate-bearing gravel from Oregon beaches. 


The Commission discussed a letter from County Judge J. H. Allen of 
Grant County, who inquires whether or not there is any possibility of Grant 
County securing federal funds to finance the improvement of feeder roads in 
that county, particularly roads connecting state highways with forest roaas. 
He-asked particularly whether or not it would be possible for the county to se- 
cure such funds for the improvement of the Monument-Long Creek County Road. 
The Commission decided that if the county wants to contribute county funds to 
augment state funds on some project in Grant County that is supervised by the 
state, that would be satisfactory, because it would provide a bigger project. 
However, in view of the fact that the program for 1940 Federal Aid Secondary 
Highway Funds has not yet been prepared and the amount of such funds that is to 
be spent in Grant County is not yet mown, a definite reply cannot be given to 
Judge Allen at this time. The Commission decided to discuss the matter with 
him in person on Thursday of the following week when the Commissior expects to 
be in Canyon City. The Secretary wes instructed to so inform Mr. Allen. 


A letter was presented from the Waldport City Council requesting the 
servicesof one of the State Highway Department engineers to act as consultant 
in a controversy between the city and the contractor who is making street inm- 
provements in that towmm. The Commission approved the request unanimously. 


The Secretary presented a letter from Mr. C. D. Long, Business Repre- 
sentative, Klamath Falls Building Trades Council, requesting a conference with 
the Commission for discussion of matters pertaining to the establishment of 
basic wage rates for men employed on state highway construction work. He was 
instructed to invite Mr. Long to be present at the next regular meeting of the 
Commission, which is to be held in Portland on Thursday, April 6. In this con- 
nection the Commission considered the advisability of adopting a minimum wage 
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The Commission considered and denied a request from the Free Method- 
ist Church of Hillsboro, to erect-and maintain a sign on the Tualatin Valley 
Highway in Hillsboro indicating the location of that church. 


Reconsideretion was given by the Commission to the matter of insti- 
tuting an appeal to the Supreme Court on the decision of the trial judge in 
the case of certain laborers against contractor Charles H. Leonard, arising 
out of the contract for the construction of the Brooks—Jordan Creek Section 
of the Wilson River Highway, in Tillamook County. The Ingineer was instruct- 
ed to contact Mr. Leonard and also the local chapter of the Associated Gener-~ 
al Contractors and ascertain their attitude with respect thereto, the Commis- 
sion being reluctant to make such appeal unless it receives the cooperation 
of the contractor and the contractor's association. 


The Commission adjourned at 12:40 o'clock p. m. and reconvened at 
2:00 o'clock p. m. in the same room, with all Commissioners, the State High- 
way Engineer, the Attorney, and the Secretary present. 


A letter was presented from the Honorable Lyle D. Thomas, Represent- 
ative from Polk County, requesting om behalf of Polk County citizens the re~- 
designation of the Dallas-Coast Secondary Highway as a primary state highway, 
because they are of the belief that such designation will expedite the im- 
provement of this road. The Commission denied the request in view of the fact 
that the mileage of secondary highways in Polk County is now excessive com- 
pered to the other counties of the state and the improvement of the road would 
not be expedited by such change. Furthermore, if the change were made, it 
would very likely establish an embarrassing precedent. The Engineer was in- 
structed to call on Mr. Thomas, whose home is in West Salem, and explain the 
circumetances to him in oerson. 


The Commission considered and ordered filed a letter from George 
Bidwell, Brightwaters, N. Y., urging the Commission to give consideration in 
its future deliberations to the construction of bicycle paths along state 
highway rights of way. 


A letter was presented from the City of La Grande pointing out that 
Adams Avenue in that city, which is their main business street, is a state 
highway route, and requesting the Commission to assume the responsibility for 
the painting of automobile parking lanes thereon through the business dis- 
trict. The Engineer explained that it is the practice of the Highwey Depart- 
ment at the present time to paint the parking lines in the first instance for 
the parking of cars parallel to the curb, so as to help the cities in estab- 
lishing such method of parking, but the state has not assumed any responsibili- 
ty for the repainting of such lines nor for the painting of lines for angular 
parking, it being considered that such responsibility rightly belongs to the 
cities. In the discussion of this matter the Commission considered the advis- 
ability of changing this practice and finally decided not only to paint the 
stripes at state expense in the first instance, but to repaint them at state 
expense thereafter, as occasion requires, provided the cities will comply with 
the state's requirenents and will permit the painting of the areas for the 
parking of cars parallel with the curb. The Secretary was instructed to so 
inform the City of Le Grande. 
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Similar action was taken by the Commission on the request of the 
City of Sheridan for the improvement of the McMinnville-Tillamook Highway 
through that city. 


The Commission discussed the mstter of opening the Wolf Creek High- 
way between Sunset Camp and Elsie for general public use. The Engineer ad- 
vised that recent inspection of this road by Chairman Cabell and himself re- 
veals that the first 4 miles west of Sunset Camp could be opened for travel 
by June 1, but the rest of the section probably cannot be opened until July 
1 on account of slides that have occurred during the winter. The Commission 
approved the report and ordered that this information be given to the press 
because there are so many people who are anxiously awaiting the opening of 
this road. 


The Engineer presented an offer from Braley and Graham, Inc., 
agents for the Buick automobile, Portland, to accept the Commission's 7- 
passenger Buick, 1936 model, as partial payment on Mr. Braley's personal 7- 
passenger Buick, 1938 model, which has been driven only 7,500 miles, and is 
in excellent condition. The Commission unanimously refused the offer, it be- 
ing considered advisable to adhere to its present policy of purchasing new 
cars on a competitive bid basis. 


The Comission discussed a letter from Mr. T. B. Watters, Chairman 
of the Highway Committee, Klamath Falls Chamber of Commerce, urging the re- 
construction of a short section of the Klamath Falls-Lakeview Highway near 
the town of Dairy. The Engineer estimated the cost of this project at 
$21,000. He pointed out that the Klamath Falls-Lakeview Highway is not a fed- 
eral aid highway, so that, if the Commission decided to make this improve- 
ment, it would have to be financed entirely with state funds, of which, he 
said, there is a shortage at the present time. The question arose as to 
whether or not the Klamath Falls Chamber of Commerce would prefer this proj- 
ect to one of the others that are planned for the Klamath Falls district. 
After discussion, it was decided to talk this matter over with Mr. Watters, in 
person, when the Commission visits Klamath Falls on Wednesday, March 29. The 
Engineer was instructed to arrange 4 conference with Mr. Watters at that time. 


The Engineer reported on the investigation that has been made of 
the complaint of County Commissioner William Baer, of Deschutes County, that 
@ dangerous condition exists at the junction of the Tumalo-Deschutes Secondary 
Highway with The Dalles-California Highway north of Bend. He advised that 
such investigation reveals that the sight distance for traffic entering The 
Dalles-California Highway at this point is about 450 feet, which, in his esti- 
mation, is ample, particularly in view of the fact that very ‘tittle traffic 
enters The Dalles-California Highway from this road. He further advised that 
the State Police Department has no record of any accident ever having occurred 
at this intersection. He estimated that it would cost about $1000 to widen 
the highway at this point up to the right of way line. The Commission de- 
ferred its decision in this matter pending personal inspection of the project 
the next time it is in that vicinity. 


wmpn21 1939 


8741 


schedule which has been agreed upon by the American Federation of Labor and 
some of the contractors who are members of the contractors' association. The 
Engineer was instructed to ascertain what action has been “aken by the highway 
departments of the adjoining states relative to such matt:: .ad report the 
same to Chairman Cabell, who was given full power to act ror the Commission in 
this regard by Commissioners Aldrich and Tou Velle. 


The Commission considered and denied the request of citizens of Ma- 
lin, Klamath County, that The Dalles—Californis Highway from its junction with 
the Hatfield Secondary Highway, in Klamath County, to the California State 
line be designated as State Route No. 39 E, and that the Hatfield Secondary 
Highway from its junction with The Dalles—California Highway to the Californie 
State line be designated as State Route No 39 W, it being considered by the 
Commission that such numbering of alternate routes is undesirable from the 
traveling public's standpoint. 


The Commission considered ahd ordered filed a letter from the Federa~ 
tion of Community Clubs of Multnomah County, requesting that lighting facili- 
ties similar to those that the Commission contemplates installing on Interstate 
Avenue, in Portland, be installed on Sandy Boulevard from Burnside Street to 
East S2nd Street, it being the thought of the Commission that it should dis- 
pose of the Interstate Avenue lighting project before it considers any other 
lighting project in Portland. 


The Secretary presented a resolution adopted by the Redmond Kiwanis 
Club, the Redmond Chamber of Commerce, and bearing the signature of Ernest C. 
Parker, Mayor of Recmond, calling to the Commission's attention a dangerous 
condition which exists at the grade crossing of the Spokane, Portland and Se- 
attle Railroad with the Ochoco Highway in Redmond, and urging the installation 
of a suitable and adequate signal system to warn automobile traffic approach- 
ing such crossing. The Secretary was instructed to inform the petitioners 
that the Commission has this project in mind and will give it due consideration 
in the formulation of its program for projects of this nature. 


A letter was presented from the County Court of Hood River County re- 
questing sidewalk construction along the Columbia River Highway from the town 
of Hood River to the Columbia River Gorge Hotel for the benefit of the many 
pedestriens residing in this vicinity. The letter was referred to the Engineer 
for investigation and report. He was particularly instructed to ascertain 
whether or not the American Association of State Highway Officials has rules 
and regulations covering matters cf this kind. 


The Engineer requested instructions relative to the oiling of the 
shoulders adjacent to the Pacific Highway through the town of West Linn, He 
recalled that he reported to the Commission on June 29, 1938, that such oiling 
work would cost approximately $10,000 and that the Commission at that time dis- 
approved the improvement because of lack of funds to finance it, but instruct- 
ed him to keep the project in mind for consideration in the 1939 budget. The 
Commission. ordered this project included with others for consideration in the 
formulation of the next program. 
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Bugene 0. Hayward, of Astoria, oms 2.6 acres at this location that are entire- 
ly surrounded by the state park and that Mr. Hayward has agreed to sell the 
tract to the state for the sum of $800, which he considers exorbitant. He 
strongly recommended purchase of the area but at a lesser figure. After dis- 
cussion, the Commission decided to purchase the area and instructed the Attor- 
ney to condemn it if Mr. Hayward will not sell it for less than $800. 


Addition to Cape Lookout State Park, in fillamook County:- The 
Parks Superintendent requested authority to purchase from the Crown Willamette 
Company a tract conteining 119 acres in Section 36, 7.2 S., R. 11 W., W. M. 
being an intervening area between two units of the present state park at this 
location. He advised that the tract is needed to complete the present park, 
and that the company is asking the sum of $3,750 for the tract, based on tin- 
ber stumpage at $1.00 per M-F5M for hemlock, and $3.00 per M-FBM for spruce 
and cedar, and $56.00 for the land. He explained that the original park is @ 
primitive area and that it is his intention to develop it as such, limiting 
access to it by trail only; but he must have the additional land in order to 
do so and to confine the trails to public property; also, that such develop- 
ment work must be completed within five years. Otherwise, the original park, 
consisting of 900 acres, will revert to the Federal Government, from which it 
was acquired. The Commission indicated a favorable attitude toward the pur- 
chase of this property but deferred a definite decision pending further nego- 
tiations with the owmmers to ascertain whether or not they will reduce their 
price for the spruce timber, it being the thought of the Commission that $3.00 
per M-FBM is too much to pay for such stumpage. 


Request for permission to operate a crab pot in Silver Falls State 
Park:- The Parks Superintendent reported receipt of an application from L. E. 
Inman, Silverton, to maintain and operate a crab-cooking pot in this park. He 
gave as his thought that such facility is not essential for the public's enjoy- 
ment of the park and recommended denial of the request. The Commission ap- 
proved the recommendation. 


Continuance of C.C.C. camp in Jessie M. Honeyman State Park:- The 
Parks Superintendent advised that he has been in communication with the Nation- 
al Parks Service relative to the continuation of this C.C.C. camp, and, as & 
result, has been assured that a recommendation will be forwarded to Washington, 
D. C., this fall that this camp and others in Oregon be authorized for another 
period, provided there is special justification for the same. In order to jus- 
tify these camps, he said, the National Parks Service must be furnished, among 
other things, with a financial statement to show the source and amount of 
funds that are to be used for park maintenance. After discussion, the Commis- 
sion approved the report and instructed the Parks Superintendent to furnish 
such information, in view of the fact that Jessie M. Honeyman State Park in 
particular is an important one and it is highly desirable that the develop- 
ment work therein be carried on to completion at the earliest possible time. 


Granting of grazing rights in Humbug State Park, Curry County:- The 
Parks Superintendent advised that for several years past sheepowners have been 
allowed to graze their sheep in this park without charge, but recently he has 
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The Commission discussed a letter from lr. J. Le Soule, Baker, Ore- 
i gon, complaining that many traffic lew violations are being committed on state 
highways in the vicinity of Baker by public carriers without any attention be- 
ing paid to them by the state police officers, and as a result the carriers 
who do respect the law and comply with the rules and regulations are losing 
considerable business and revenue. He urged the Commission to make every ef- 
fort to secure the conviction of the offenders. The Secretary was instructed 
" fort, to secure vie for bis interest in this matter and to advise hin shat, the 
a e State Highway Commission does not have the necessary law enforcement facili- 
ties to correct this condition of which he complains. 


The Commission discussed the advisability of naming one of the state 
parks in honor of Mr. H. B. Van Duzer, Portland, former Chairman of the State 
Highway Commission. It seemed to the Commission that this would be 4 fitting 
way of honoring Mr. Van Duzer and of recognizing the public service that he c 
has heretofore rendered the state. The matter was referred to the State Parks j 


Superintendent for suggestions. | 


The Cowmission discussed and referred to the Engineer & letter from 
Mr. L. C. Sanford, Newport, in which objection is offered to the solution here- 
tofore recommended by the Commission for the disposal of his request for side- 
walk construction along the Oregon Coast Highway in front of his premises in -] 
Newport, and for the utilization of the extra-width right of way at this loca- I 
tion. The Commission gave the Engineer full power to act in this matter. | 


The Commission discussed at some length matters pertaining to the 
granting of right of access to the new highway up the Columbia River Gorge, 
and particularly letters from certein property owners who desire such right of 
access to this new highway. After discussion, the Commission reaffirmed its 
original decision to allow such rights of access only at a very limited number 
of places, because, in its opinion, the communities along this road are now 
served with adequate transportation facilities and the Commission is of the 
firm belief that the new highway should be built as a fast trunk route and 
its use as such should not be impaired by local roads entering it or crossing 


it at grade. 


The State Parks Suverintendent, Mr. S. H. Boardman, was present and 
reported on the following park matters: 


Head, in Lane County:- The Parks Superintendent recalled that the Commission 
at a previous meeting authorized acquisition of 58 acres at this location from 
Mr. Rufus C. Stonefield, but such tract does not entirely protect the state's 


he said, would necessitate the acquisition of additional land from Mr. Stone- 
field, which he is willing to deed to the state if the state in turn will re- 
linguish to him a small portion of the 58-acre tract that is not particularly 
needed for the park. He recommended such substitution of tracts as an advan- 
tage to the state. The Commission approved the same unanimously. 


In this vonnection, the Parks Suyerintendent reported that a Mr. 
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now ready for acceptance. The following resolution accepting the above proj- 
ects was offered and was adopted by the unanimous vote of the Commission: 


WHEREAS, the Engineer has reported that the following 
State Highway Commission contracts for the construction of state 
highway projects have heen completed according to the terms and 
provisions of the contracts and said jobs are now ready for ac- 


ceptance: 


Contract No. 2132, with Carl Bahlburg, for construc- 
tion of a frame storage building at the east city limits 
of Salem, Completed February 24, 1939. 


Contract No. 2150, with Clifton & Applegate, for 
furnishing crushed rock and crushed gravel for the Gil- 
liam County Line-Ione and Hermiston projects, in Morrow 
and Umatilla Counties. Completed March 14, 1939. 


THEREFORE, BE IT RESOLVED, that the work covered by said 
state highway contracts for the construction of said state highway 
projects be declared completed according to the terms of the re- 
spective contracts, and said jobs are hereby accepted and final 
payment in connection with each is hereby authorized. 


The Commission considered and signed agreements, et cetera, as fol- 
lows: 


Agreement with the Southern Pacific Company relative to the 
maintenance of a rock wall og the railroad company's property ad- 
jacent to the Pacific Highway, near Comstock, in Douglas County. 


Supplemental agreement with the 0.W.R.R.& N. Company and the 
Union Pacific Railroad Company covering easement for the recon- 
struction of the Columbia River Highway between Troutdale and 
Warrendale, in Multnomah County. 


Agreement with the Preston Company, whereby the Highway Com- 
mission grants to the company an easement for a roadway across 
the state park located in the S.E.} of the S.E.+ of Section 6, 

T. 3 N., R. 10 W., W.M., Tillamook County. 


Lease running from the State of Oregon to Hood River County 
covering quarry privileges in a rock quarry acquired by the state 
from Joseph D. Smullin. 


Bargain and Sale Deed conveying unto Maud H. Campbell a small 
parcel of land lying in Lots 1 and 2 of Block 4, Stephens Addition 
to the City of Portland, as per agreement dated March 3, 1939, be- 
ing Right of Way Transaction Nos. 2910 and 3282. 
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been approached by several persons who want this privilege exclusively. He 
recommended, in order to be able to control the grazing and to avoid an embar- 
rassing situation, the grenting of such privilege to stipulated sheepomers 
upon the payment of a fee. The Commission approved the recommendation unani~ 
mously; however, cautioned the Parks Superintendent not to ghow any favoritism 
in the granting of the privilege. mos 


Azalea State Park, in Curry County:- The Parks Superintendent re- 
called that the Commission at the previous meeting authorised the purchase of 
an addition to this park for the lump sum of $329, $289 of which amount rep~ 
an addition cost of the land at $100 per acre, and the balance the cost oF 
resents the tract thet was made by the previous omer, Brookings Land snd 
Téwnsite Company, for @ prospective purchaser. It now develops, he said, that 
the company has included in the description 0.39 acre of the adjacent county 
road, but the owne:’ insists upon the payment of the full amount previously 
agreed upon notwithstanding that the state is getting less land than it ber- 
gained for. He inquired whether or not he should pay the $329 or should de- 
duct therefrom $39, representing the difference between the cost of 2.5 acres 
and 2.89 acres at the agreed unit price of $100 per acre. He was instructed 
by the Commission to negotiate further with the owner in an endeavor to se- 
cure a reduction in the total amount. 


Acquisition of property at the north end of the proposed bridge 
over Nehalem Bay, in Tillamook County:- The Parks Superintendent reported 
that he has obtained from Tillamook County practically all of the county-owned 

perty on Nehalem Bay sandspit, but it has recently come to his attention 
thet private parties are negotiating for the purchase of some land owned by 
the Hammond Lumber Company and M. L. white which it appears is needed as right 
of way for the approach to the proposed bridge across Nehalem Bay. This land, 
he said, has been acquired by the county under foreclosure proceedings for non- 
payment of taxes and he believed that he could acquire it from the county at 
reasonable cost if the Commission would euthorize him to negotiate for the 
same. He recommended, therefore, the securing of optiong from the county. 
The Commission approved the recommendation unanimously. 


ing work which could not be done until the weather was suitable. The Engineer 
advised that the reason given by the contractor for failure to complete the 
job within the specified time limit is correct; further, that with the excep~ 
tion of the exterior painting, all work was completed on January 21 and the 
building has been in use since that date. He recommended that the extension 
requested be granted without penalty. The Commission approved the recommenda— 
tion unanimously. 


The Engineer reported that Contracts Nos. 2132 and 2150, for the 
construction of state highway projects, have been completed according to the 
requirements of the contracts or modifications thereof, and that said jobs are 
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TABLE OF CONTENTS 
Subject 


Log hauling. Conference relative to adoption of rules for dis- 
ciplining log haulers for transporting overweight loads. 
Rules and regulations adopted. 

State police officers to differentiate between road types. 
Saturday afternoon hauling in Klamath County requested. Ac- 
tion deferred pending investigation. 

Pacific Highway West. Payment of additional sum of $250 to 
Mrs. Ida B. Hadley for damage to her property approved. 

Wage rates. Revising schedule for labor employed on construc- 
tion work discussed. Action deferred. 

Payment of $1.00 per day for subsistence to hourly-rate em~ 
ployees on oiling, paving and striping crews approved. 

Tigard. Attorney to expedite matter of securing options for 
right of way for revision of Pacific Highway West. 

Pole line. Commission refuses to change ruling regarding loca- 
tion of poles of West Coast Power Company across state park 
acquired from Pratt interests at Lincoln-Lane County line. 

Bids received on following projects: 

Eagle Creek-Wade Corner Section, grading, surfacing, oiling; 
Bunker Hill Section, grading and paving; 

Jericho Lane-Bloucher Section, grading, surfacing and oiling; 
Poe Valley Section, grading and surfacing; 

East Unit, Rhea Creek-Heppner Section, grading, surfacing and 
oiling; 

Falls City-Fern Corner Section, surfacing and oiling; 

Sele of building in Salem. 

Coos River Secondary Highway. Oiling between Eastside end Ene- 
gren Ferry requested. Action deferred. 

Wilson River Highway. Gift of roedside strips near Glenwood 
from Consolidated Timber Company accepted. 

Lane County. Gift of 2-acre tract adjacent to Oregon Coast 
Highway, near China Creek, from J. C. Ponsler accepted. 

Cape Lookout State Park. Crown Willamette Company reduces 
price on property. Action deferred. 

Van Duzer Forest Corridor. Timber strips along Salmon River 
Highway named "Henry 5. Van Duzer Forest Corridor". 

Fireguard station. Buildings to be erected within limits of 
Salmon River Highway timber strips by Stcte Forester. 

Casey State Park. Mrs. Vern Van Dyke refuses to sell cabin and 
vacate park premises. 

Nehalem Sendspit. Purchase of 65.5 acres from Hammond Lumber 
Company approved. State to pay accumulated unpaid taxes. 

Devils Elbow Stete Park at Heceta Head. Settlement with Mr. 
and Mrs. Stonefield for purchase of 6l-acre tract approved. 
Exchange of properties with Mr, and irs. Stonefield at north 
end of Cape Creek Bridge approved. 

Heceta Head. Purchase of small tract elong Oregon Coast High- 
way from Eugene 0. Hayward approved. 
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Subject 


Oregon Coast Highway Association. Commission and staff invited 
to attend semi-annual meeting in Gold Beach April 23 and 24. 

Josephine and Curry Counties. Delegation confers relative to 
proposed road extending from Selma to Agness, thence to Ore- 
gon Coast Highway. 

Awards. Commission announces awards on projects for which bids 
were received during morning session. (See page 8753) 

Astoria. Delegation confers relative to construction of pro- 
posed Astor Street revision of Oregon Coast Highway. 
Construction of temporary road to allow Columbia River Pack- 
ers Association access to its cannery on Astor Street request- 
ed. Engineer to investigate and report at next meeting. 

Pacific Highway. Delegation urges improvement between Cres- 
well and Drain, particularly construction of proposed revi- 
sion through Cottage Grove. 

Lower Columbia River Highway. Delegation urges improvement be- 
tween Prescott and Deer Island, particularly the Little Jack 
Falls Section. 

Wage scales. Delegation again confers relative to adoption 
of wage rates for labor employed on highway construction work. 

Pacific Highway. Delegation thanks Comaission for improvements. 
Plans for improvement south of Grants Pess discussed. 

Tigard. Pacific Highway West. Delegations confer regarding 
adoption of northern route and southern route for proposed 
revision. 

Hillsboro-Woodburn Secondary State Highway. Schollsampbell 
Bridge Section. Oiling requested by delegstion. Realign- 
ment discussed. 

Bids received on following projects: 

Cherleston-Sunset Bay Section, greding, surfacing, oiling; 
Dixonville-Mud Hollow Section, grading, surfacing and oiling; 
Beker Gulch-Lick Creek Section, widening, surfacing, oiling; 
Hooker Creek-Jordan Valley Section, greding; 

Tillamook County Oiling Project, three county roads; 

Mills Bridge Section, bridge over Wilson hiver. 

Scotch Creek-Castor Ranch Section, grading, surfecing, oiling. 

Old Oregon Trail. Mayor of Ontario confers relative to pro- 
posed shortcut route between Ont«rio..and Olds Ferry. 

Central Oregon Highway. Mr. Aiken confers relative to comple- 
tion of oiling of this highway. 

Little Nestucce Secondary Highwey. Expenditure of $10,000 for 
improvement of this road cuthorized. 

Wilson River Highway. Routing of highway into Tillamook dis- 
cussed by delegation. Surfacing and oiling of completed por- 
tion of highway requested. Construction of bridge over third 
crossing of Wileon River also urged. 

Reedsport. Umpqua Highwey. Delegation confers relative to in- 
provement between 12th and 15th Streets. 

Floodlight. Reedsport. Crossing of highway with Southern Pacif- 
ic Railroad. Cost of operation discussed. 
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Subject 


Douglas County. Delegation from Roseburg confers regarding sev- 
eral highway improvements in Douglas County. 

Roseburg. Chamber of Commerce invites Commission and staff to 
be luncheon or dinner guests in near future. 

Federal Aid funds. Programming and reallocation of funds here- 
tofore tentatively allocated, as follows: 
$70,000 additional project on Sandy Boulevard; 
$55,000 transferred from Oak Hill-Veneta Project to grading 
and paving project on North River Road, Salem; 

145,000 lighting project on Interstate Avenue, Portland; 
100,000 construction of Picture Rock Pass-Harris Creek Sec. 

Columbia County. Millard Holbrook requests replacement of old 
bridge to remedy drainage problem at his dairy near Scappoose. 

Columbia River ferry at Astoria. Selection of site and acquisi- 
tion of property for proposed new ferry discussed. 

Nehalem Secondary Highway. Jewell-Mist Section. Judge Boying- 
ton of Clatsop County inquires regarding oiling of section. 

Wage scales. Delegation confers relative to adoption of indi- 
vidual wage scales for labor employed on highway work. 

Wilson River Highway. Charles H. Leonard contract for Brooks- 
Jordan Creek Section. State to cooperate in cost of appeal- 
ing case to Supreme Court regarding extra compensation for 
labor employed. 

Harold B. Say. Authority granted to contact newspapers, et- 
cetera, in state of California. 

Gravel. Removal of gravel from beach, especially in vicinity 
of Newport, to be prohibited. 

Newport. Kern & Kitbe to be allowed to remove gravel from beach 
if material cannot be secured elsewhere for jetty construction. 

Parting strip. Installation of arrows in parting strip of all 
four-lane pavements approved. 

Merion County. North River Road. County Court requests Com- 
mission to negotiate for right of way. Request denied. 

Portland. Hawthorne Avenue. Request for designation as state 
highway route denied. 

Harney County. Delegation confers relative to securing second- 
ary state highway between Burns and the I.0.N. highway, near 
Rome. 

Central Oregon Highway. Judge Higgs confers regarding oiling 
east of Buchanan. 

William Hanley oasis. CCC Camp adjacent to Fremont Highway at 
Alkeli Leke approved as site for oasis. 

Diamond Valley Secondary Highway. Better maintenance requested. 

Frenchglen Secondary Highway. Better maintenance requested. 

Albany~Llyons Secondary Highway. Improvement between Crabtree 
corner and Scio requested. 

Brookings. Delegation requests reconstruction of Oregon Coast 
Highway through city. 

Azalea State Park road. Oiling from Oregon Coast Highway to 
park requested. 
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Dundee. Pacific Highway West. Delegation requests improve- 
ment through town. 

Sznd Street Highway. Additional improvements south from Port- 
land urged. 

Sele of buildings. “For Sale" signs to be posted on two small 
houseg on right of way of Corvallis-Newport Highway east of 
Toledo. 

House on right of way acquired for ‘est Portlend-Hubberd High- 
way, in Washington County, to be edvertised for sale. 

Oregon City. Pacific Highway Eest. Property in front of Haw- 
ley Peper Company snd Bessie Fudge, et llth Street, to be 
filled in level with highway in lieu of retaining wall. 

Sauvies Island. Delegetion requests construction of bridge 
over idultnomah Channel of Willamette River connecting Islend 
with mainlend. Engineer to investigete site end cost. 

Awards. Gommission announces awards on projects for which bids 
were received during morning session. (See page 8771) 

Florence. Oiling of city streets with state forces requested 
by city. Engineer to investigate project and estimate of 
cost. 

Newport. Landscaping of north approach to Yaquina Bay Bridge 
approved. 

Marion County. Commission refuses offer of Albert Myers to 
sell tract of land near Mehama. 

Vale-Adrien Secondary Highwey. State to pay cost of reoiling 
highway after Reclamation Service installs concrete drain. 
Overweight equipment. Request of Koy Houck to haul overweight 

equipment over highways denied. 

Lakeview. Application of seal coat on city street pavements 
with state forces apnroved. City to psy cost thereof. 
Request for widening of prospective highway route denied. 

Kings Valley Secondery dighwey. Reconstruction from junction 
with Pacific Highway West to junction sith Dalles-Kings Valley 
Secondary Highway. Kequest denied. 

Jury duty. Schedule adopted for payment of salaries and wages 
of employees absent for jury duty. 

Corvallis-Newport Highway. Resolution abandoning and retain- 
ing portions of Olalia Creek-Toledo Section. 

Oregon Coast Highway Association. Commission and staff in- 
vited to attend semi-annual meeting in Gold Beach April 23- 
2h 1939. 

Sans Valley Secondary Highway. Stockmien request permission to 
construct fences along highway in vicinity of Sams Valley. 
Engineer to investigete. 

LaGrande. Commission refuses city's request for painting of 
angle parking stripes. St«te to paint parallel stripes only. 

Lane County. No action to be taken on neming of county road 
in vicinity of Irving "Gent Drive or Road". 

Memorial marker. Request of United Daughters of Confederacy 
to erect Jefferson Davis marker on Pacific Highway neur 
south end of Interstate Bridge denied. 
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Reedsport. Commission approves Engineer's recommendation for 
conerete-type pavement between 12th and 15th Streets. 

Traffic signals. Installations, as follows, approved: 

Seaside, Reedsport, Carlton, and Rainier. 

Installation at intersection of Pacific Highway with Garden 
Valley County Road, north of Roseburg, denied for time being. 
City of Roseburg to be billed for electrical service for 
operatiou of floodhight at crossing of Pacific Highway and 
Southern Pacific railroad. 

Real property. Resolution authorizing acquisition. 

Sele of state-owned property adjacent to Interstate Avenue 
to Mr. G, S, Smith, Portland, denied. 

Condemnation. Resolution authorizing condemnation on follow- 
ing sections: 

Charleston-Cape Arago Section of Cape Arago Highway, 
First National Bank of Portland, Wi. J. Conrad, Nick Basten- 
dorff heirs; 
Buxton-Manning Section of Wolf Creek Highway, 
H. E. McGraw; 
John Day-Prairie City Section of John Day Highwey, 
Ruth Hiatt heirs. 

Territorial Secondary Highway. Engineer's report on cost to 
improve Ferguson-Cheshire Section. 

Planning survey. W. H. Kellogg reduces claim for overtime work. 
Commission approves settlement of this claim. 

Benton County. Commission to oil county road from North Albany 
to Polk County line south of Buena Vista in lieu of oiling 
Corvallis Golf Club Road. 

Estacada. Request for improvement of secondary state highway 
in front of high school grounds denied. 

Sherman Highway. Reconstruction of section between Shaniko and 
The Dalles-California Highway junction urged. 

Farmington Secondary Highway. Oiling *:om Hazeldale to connec- 
tion with Hillsboro-Woodburn Secondary Highway urged. 

Reedsport. Date for public hearing to be decided later. 

Bend. Date for public hearing set for May 17, 1939. 

Prineville. Date for public hearing set for May 17, 1939. 

R. H. Baldock. Authority granted to attend Fifth Pacific North- 
west Regional Planning Conference in Seattle April 27-29, 1939. 

Load limits. Resolution lifting reduced load limits on sever- 
al sections of state highways. 

Cottonwood Bridge over John Day River posted for reduced load 
limit of 5 tons. 

Canyon Road, Portland. Commission approves additional authori- 
zation for W.P.A. beautification project. 

Maintenance buildings. Construction of buildings at Govern~ 
ment Camp and Hogg Pass discussed. 

Group insurance. Commission accepts offer of California Wes- 
tern States Life Insurance Company to write group insurance 
for highway department employees ‘paid on hourly-rate basis. 
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Wage rates. Commission adopts new minimum wage rates for lebor 
employed on state contract work. 

I.0.N. Secondary Highway. Construction of uncompleted portion 
to be contracted later in year. Commission approves W. H. 
lynch's telegram covering allotment of public lands funds. 

Salem-Silverton County Rosd. Silverton delegation confers re- 
garding construction of Silverton project as first choice. 

Astoria. Delegation confers regarding narrowing of Taylor Ave- 
nue, present route of Oregon Coast Highway. Engineer to in- 
vestigate. 

Astor Street project. Commission urged to acquire balance of 
right of way needed for proposed project. Deeds from City 
to be secured for Lots 5 and 6 of Block 132. 

Pacific Highway. Albany Section. Agreement signed with Roy 
Houck covering construction of hauling road on section to be 
contracted later. Hauling road to be used in connection 
with contract for Albany Overcrossing project. 

Pendleton. Attorney to investigate matter of sale of three 
houses ac:,uired in connection with Pendleton Overcrossing. 

Log hauling. Circular Letter No. 119 approved providing pro- 
cedure for disciplining log haulers for overweight loads. 
Designation of holidays during which log-hauling operations 
shall not be allowed on state highways. 

Award of contract for Dixonville-Mud Hollow Section confirmed. 

Deschutes County. Commission approves advancing $4,957.68 to 
County from its share of motor vehicle aid gesoline tax fees. 

Real property. Resolution authorizing acquisition. 

Albany. Old building on new stete highway right of way to be 
advertised for sale, bids to be received May 10, 1939. 

Condemnation. Resolution authorizing condemnation on following: 
Main Street-Airport Road Section, Pacific Highway East, 

E L. Dickson and Mildred Dickson; Verne H. Crofton; Max 
Brown and Inez Brown; and Clarence Cox. 

Oregon Coast Highway. Payment of $290 to A. Van Lydegraf ap- 
proved, representing rehabilitating auto camp in Bunker Hill 
District occasioned by reconstruction of highway. 

Action deferred on claim of Ben Hur Lampman to section of old 
right of way of highway in front of his premises at Nelscott. 

Park budget for 1939. Parks Superintendent request; $ 50,000 
increase. Matter taken under advisement. 

Agreements, et cetera, signed as follows: 

Douglas National Bank of Roseburg, removel of slides from 
bank's property adjacent to Oregon Coast Highway} 

Pusey Estate, heirs, depositing of excavated materials on the 
Estate's property in Oregon City; 

Beatrice Decker, right of way for Lombard-Killingsworth Sec.; 
Cunningham Sheep Company, leace of land in Umatilla County; 
Chessel and Mamie S. Mills, right of way for detour road 
around the Wilson River bridge, in Tillamook County; 

Fred Wyss, cancelling lease of gravel bar situcte in Miami 
River, in Tillamook County; 
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Florence. Sale of state-owned property to Roy Swenson for tour- 
ist camp and park purposes denied. 

Albany. Brick salvaged from old brewery building to be given 
to American Red Cross for chimney construction on widow's home. 

Devils Lake. Request of Regatta Association to maintain signs 
over Oregon Coast Highway denied. 

Lane County. Securing of material from state property near 
Thurston for county road construction requested by county. 

Surveys. List of surveys ordered since last meeting. 

Extension of time, as follows: 

Henry ©. Nelson, maintenance building at Suntex Junction and 
Brothers. 

Contract completed and accepted, as follows: 

Bridge over Catching Slough, J. W. & J. R. Hillstrom. 

Date for next regular meeting set for May 18 and 19, 1939. 
Special meeting to be held in Salem April 21, 1939. 

Agreements, et cetera, signed as follows: 

Tillamook County, maintenance of Fairview-Clemmens Corner Road, 
Tillamook County, maintenance of Tillamook-Netarts County Road. 
Tillamook County, maintenance of Wilson River Loop County Road. 
Clackamas County, maintenance of Eagle Creek-Ffirwood County 
Road; 

Polk County, maintenance of Falls City County Road; 

City of Falls City, maintenance of North Main Street; 

Douglas County, maintenance of North Umpqua County Road; 
Wallowa County, maintenance of Hurricane Creek County Road; 
Southern Pacific Company and City of Klamath Falls, addition- 
al work on Main Street Undercrossing Project, Klamath Falls; 
Nicolai~Neppach Company, acquisition of property in Tillamook 
County for park purposes; 

Ginn Coleman & Company, lease of property for storage of high- 
way eyuipment in Moro; 

George E. Huntly, easement granting permission to truck-haul 
logs across state property in Tillamook County; 

City of Sweet Home, permit granting euthority to construct 
and maintain sidewalk on Santiam Highway; 

Application for right of way across tribal lands in Warm 
Springs Indian Reservation; 

Bargain and sale deed conveying unto L. V. Roake 2,250 square 
feet of land in Oregon City. 

Service Station. C. i. Lake of Salem granted permission to 
continue servicing cars on highway right of way at his sta- 
tion south of Salem. Area between driveway and station to be 
landscaped. 

Landscaping. Commission approves Engineer's suggestion to land- 
scape areas at entrances to service stations or other places 
of business adjacent to state highways. 

Woodburn. Delegation requests highway improvements, painting 
of safety lanes, and installation of stop- in! - go signals. 
Sealem-Silverton County Road. County Court of Marion County rec- 

ommends improvement of Salem end of road. 


8821 


8822 


8823 


8824 


8825 


Apr. 24 


Apr. 25 


Subject 


Wolf Creek Highway. Oregon American Lumber Corporation's claim a 
for loss by fire started by W.P.A. workers. State not li- 
able for clain. 

Portland. Ramsey Sign Company to refer claim to city officials r 
for reconstruction of marquee at Highway Theatre necessitated 
by widening of Sandy Boulevard. 

Maintenance station headquarters. Expenditure of $35,000 for 
construction of buildings at Hogg Pass approved. 

Buildings at Government Camp not to be constructed. 

Equipment. Two smogos to be purchased through Board of Control. . 

Snow removal. Willamette Highway. Snow removal authorized. 

Loud limits. Resolution lifting reduced load limits on cer- 
tain state highways. 

Resolution lifting and modifying reduced load limits on fol- 
lowing bridges. Lost River Bridge, Rogue River Bridge, 
Seven Mile Creek Bridge, and Catching Slough Bridge. 

Lim County. Commission to receive bids for county for con- 
struction of bridge over Thomas Creek in Scio. 

Monroe. Territorial Secondary Highway. Oiling through city > 
limits requested. 

Estaceda. Surfacing of street in front of high school approved. 

Klamath Fells-Lakeview Highway. Permission recuested to con- 
struct electrified fence along highway in vicinity of Bly. 

Shedd. Pacific Highway. Installation of pedestrian-area mark~ 
ers requested. 

Wolf Creek Highway. Bids to be received for oiling Balm Grove- 

Elsie Section. 

Vashington County. Wolf Creek Highway. County offers to con- 
tribute $10,000 for base and oil rock needed for Balm Grove- 
Sunset Camp Section. 

Siuslaw Highway. Report on daily tonnage moved over highway. 
Engineer to report on cost of reconnaissance survey of 
Triangle Lake Section. 

Harney and Malheur Counties. Kequest for designation as sec- 
ondary highway of road extending from Princeton to connec- 
tion with I.0.N. Highway. 

Halsey-Sweet Home Secondary Highway. Improvement from Browns- 
ville easterly to Hughes Place requested. 

Extensions of time, as follows: . 
Edwin C. Gerber, Umapine-Sunnyside Section; 

R. I. Stuart & Sons, Powers Itanch-Jacksonville Section. 3 

Contracts completed and accepted, as follows: 

Installation of traffic signals in Eugene, Castelloe and 
Stocker Electric Com ; 

Powers Ranch-Jacksonville Section, R. I. Stuart & Sons; 
Greenleaf-Cheshire Section, Eugene Sand and Gravel Company. 

National Park Service. Report on proposed national park and 
monument site along Oregon coast line, 

Silver Fa.ts Recreational Demonstrition Project. Parks Super- 
intendent's report on endeavors to secure 2,000 of 0.& C. land 


for this project. 


8812 Apr. 22 


8813 Apr. 24 


Subject 


Agreements, et cetera, (continued) 

City of Portland, construction of lighting system on Inter- 
state Avenue; 

City of Portland, maintenance and operation of proposed In- 
terstate Avenue lighting system; 

Bargain and sule deed conveying unto Albert C. Jensen and 
wife land in Hackleman's Second Addition to Albany; 
Bargain and sale deed conveying unto C. Ff. Howard end wife 
land in Georgetown (St. Helens), Columbia County. 

Wage rates. Rate for subsistence to hourly-rete employees on 
oiling, paving and striping crews increased to $1.20 per day. 

Equipment. Power patrol gruders. Low bidder on graders failed 
to submit affidavit along with bid to Board of Control on 
April 17. Commission refuses to waive this technicality. 

Pacific Highway. Securing of options approved for balance of 
right of wey needed for proposed revision south of Grants Pass. 

Sale of real property. Commission approves sule of 0.9 acre of 
land on Bear Creek-Talent Section of Pacific Highway to Tal- 
ent Grange for $250.00. 

Fire hydrants. Taft-Nelscott-DeLake Fire District granted per- 
mission to place hydrants on Oregon Coast Highway right of 
Way 

Clatsop County. Payment of account to be discussed with County 
Judge. County not to be relieved of account. 

Maintenance men. Delegation confers regarding re-employing men 
who quit jobs when foreman of crew near Gold Beach discharged 
John Sleeman. 

Tillamook County. Recreational area adjacent to Oregon Coast 
Highway. Property to be appraised before decision on purchase 
from P. J, Butler made. 

Park sites. Price recommendations to be secured from both Parks 
Superintendeat and Right of Way Department. 

Pole line. Location of West Coast Power Company's line across 
state park acquired from Pratt interests adjacent to Oregon 
Coast Highway at Lincoln-Lene County line. 

Report to be made on painting and creosoting poles with view 
to adopting general policy with respect thereto. 

Pacific Highway West. Middleton-Newberg Section. Abandonment 
resolution. 

Hillsboro-Woodburn Secondary Highway. Scholls-Christensor Lane 
Section. Project to be considered in 1940 budget. 

Reedsport. Umpqua Highway. Improvement between 12th and 15th 
Streets discussed. 

Azalea State Park Road. Oiling of road from Oregon Coast High- 
way to park postponed. 

Columbia County. Millard C. Holbrook's request for construc- 
tion of small fill at his dairy near Scappoose denied. Waste 
materials from landscaping project to be pl:ced in fill. 

Pacific Highway. Frank Forth property south of Ashland. Widen- 
ing of fill in front of Mr. Forth's property recommended. 


Page Date 
1939 
8836 Mey 18 


8837 


$838 
€839 


8841 


8842 


8843 


8845 


8846 


Subject 


Astoria. Oregon Coast Highwey revision. Decision made regard- 
ing width of right of way. Report to be made as to obliga- 
tion of state to pay cost of moving buildings. 

Sams Valley Secondary Highway. Request ior permission to con- 
struct electrified fence along highway denied. 

Enterprise-Lewiston Highway. Report of State of Washington on 
plans for completion of Washington Section. 

Florence. Oiling of city streets with state forces approved. 
State to be reimbursed for cost of seme. 

Grant County. Request for improvement of county rosd from 
John Dey Highway et Bates to connection with Pendleton-John 
Day Highway at Flowers Gulch denied. 

McMinnville. Delegation requests designation of city streets 
as secondary state highway route to provide connection for 
Three ilile Lane Secondary Highray with Pacific Highway West. 

Hood River County. Delegation confers regarding several road 
matters. 

Harney and Malheur Counties. Resolutions adopted designating 
road connecting 1.0.N. Highway with Diamond Valley Secondary 
Highway as secondary state highway. Stete cooperation in 
cost of construction of highway approved. Investigation or- 
dered of location of well to be dug in connection with con- 
struction of iiighway. 

Melheur County. County Court asks for several highway improve- 
ments. 

Recreational ereus. Completing of State Planning Board's re- 
port on recreational areas of Oregon approved. State Parks 
Department to sponsor report. 

Pacific Highway East. Albany. Pastor of Free Methodist 
Church confers relative to church property needed for high- 
way revision. 

Awards. Comnission announces awards on projects for which 
bids were received during morning session. (See page 8831) 
Sauvies Island. Delegation requests state cooperation in con- 

struction of bridge to connect island with mainland. 

Historical Signe Installation of ny" shaped sign at Old Fort 
Yamhill blockhouse in town of Dayton approved. 

Park site. Acceptance of Douglas County's offer to donate 
500 acres as sddition to Umpque Lighthouse Park xpproved. 
Parks Superintendent to petition federal government for land 
for park site ot confluence of Crooked River, Metolius River, 
and Deschutes River, in Jefferson County. 

Timber strips. Acquisition of ndditional timber strips adja- 
cont to Salmon River Highway east of Boyer deferred. 

Options to be secured for Wolf Creek Highwey timber strips. 
Condemnation of Yiolf Creek Highwsy timber strips nuthorized 
if negotiations unsuccessful. 

Survey. Survey of timber strips adjacent to Wolf Creek High- 
way authorized. 

Yimber strips. Acquisition of tract near Sunset Camp from 
Tillamook County authorized. 


Ce 


8826 Apr . 25 


8827 May 17 
8830 
$831 May 18 
8832 


8833 


8834 


8835 


8836 


Subject 


Umpqua Lighthouse Reserve. Payment of $450 to secure title to 
110 acres now in Reserve approved. 

CCC Camps. Applications approved for six camps for 14th period. 

Fire patrol headquarters. Request of State Forester to con- 
struct and maintain fire patrol headquarters on Salmon River 
Highway wayside strip approved. 

Casey State Park. Mrs. Vern Van Dyke refuses to vacate park 
premises. Parks Superintendent requests instructions. 

Tillamook County. Action on acquiring timber land from Crown 
Willamette Company at Cape Lookout deferred. 

Prineville. Hearing relative to rerouting Warm Springs Sec- 
ondary Highway and Ochoco Highway. 

Bend. Hearing relative to rerouting Century Drive Secondary 
Highway along Riverside Boulevard. 

Bids received on following projects: 

Read Creek-Wren Section, grading, surfacing and oilihg; 
Construction of new building for Oregon City Laundry Company; 
Deschutes Oiling Project; 

Lobert Overcrossing; 

Salt Creek Falls-Odell Lake Section, grading, surfacing and 
oiling; 

Silver Lake-Harris Creek Section, grading, surfacing, oiling; 
Interstate Avenue Lighting Project, Portland; 

Service Creek-Mule Shoe Creek Section, grading, surfacing and 
oiling; 

Sale of building in Weat Portland; 

Sale of building in Albany. 

Gardiner. Widening of Oregon Coast Highway requested. Survey 
to be made to establish location for highway through town. 

Portland. Sandy Boulevard improvement between 44th and 82nd 
Avenues. Request for postponement of improvement denied. 

Deschutes County. The Dalles-California Highway end Tumalo- 
Deschutes Secondery Highway. Improvement of sight distance 
at junction of highways approved. 

The Dalles. Oiling of road from The Dalles to Eestern Oregon 
Tuberculosis Hospital to be done with state forces. State to 
be reimbursed for same. 

Robinette-Homestead Secondary Highway. Improvement of Oxbow 
Tunnel Section and Homestead-Ballard's Landing Bridge Section 
approved. 

Columbia River Highway. Request for construction of footpath 
between Hood River and Columbia Gorge Hotel denied. Expendi- 
ture of $1,000 for widening of shoulders approved. 

Myrtle Creek. Oiling of Second and Division Streets with state 
forces approved. State to be reimbursed for cost of same. 

Lincoln County. Expenditure of $200 for oiling of road from 
Oregon Coast Highway to state's quarry at Agate Beach approved. 

Harney & Malheur Counties. Expenditure of $7,130 approved for 
cooperation in construction of read connecting Diamond Valley 
Secondary Highway, in Harney County, with I.0.N. Highway, in 
Malheur County. 


Page Date 
1939 
8863 May 19 


8864 


8865 


8866 


8868 


8869 


8870 


8871 


Subject 


Group insurance. Agreement with California Western States 
Life Insurance Company approved. Attorney to report on cov- » 
erage for employees on monthly pay basis. 
Sele of real property. Talent Grange to be charged for tract 
of land requested on Pacific Highway near Talent. 
Mt. Hood Highway. Snow removal. Report ordered on cost to 
have opened highway to travel on May 1 for past ten years. 
Wilson River Highway. Conference with delegation relative to 
plans for completion of highway, including bridges. 
Central Oregon Highway. Buchanan-Burns Section. Oiling be- 
tween Juntura and Stinkingwater Bridge to be contracted this 
fall. Ligat oil treatment to be applied to remeining part of 
section. 
Butler Market Road. Plans for improvement discussed. 
Natal Park. Columbia County. Purchase of park area urged. 
Portlamd. Sandy Boulevard. Delegation urges improvement be- 
tween 74th and 122nd Avenues. 
Survey. Survey authorized of Sandy Boulevard between 74th and 
122nd Avenues. 
Awards. Commission announces ewards on projects for which bids 
were received at morning session. (See page #359) 
Willamette Highway. Allocation of forest highway contingent 
fund to finance section between Salt Creek Tunnel and Salt 
Creek Falls-Odell Lake Section approved. 
Weston-Elgin Secondary Highway. No action taken on oiling of 
section between Tollgate and west forest boundary. 
Snow removal. North Santiam Highway. Decision deferred on 
keeping road open during winter months. 
Forest highway funds. Reeliocation of funds budgeted for 
Cascade Lakes Forest Highway deferred. 
Traffic signals and traffic channelizing islands. Portland. 
Agreement signed relative to installation, operation and 
maintenance. Expenditure of $30,000 in connection therewith 
approved. 
Churn drill. Purchase of one drill for soil foundation inves- 
tigations authorized. 
Tank. Offer of City of Milton to pay $10 for tanks stored at 
Pendleton maintenance headquarters approved. 
Load limit. Resolution lifting load limit on Prairie City- 
Unity Section of John Dey Highway. 
Date for hearing in Reedsport relative to rerouting of Umpqua 
Highway set for June 21, 1939. 
Roseburg. Commission to be guests of Chamber of Commerce on 
Juné 20 following inspection of North Umpqua Highway. 
Permit. Application of Senator Chaney to transport over-dimen- 
sion boat on Oregon Coast Highway in Coquille approved. L 
Award of contract. Commission approved award of Charleston- ) 
Sunset Bay Section to Leonard & Slate. cs 3 
K. W. Kite. Claim for additional compensation for employment on 
maintenance crew denied. va 


Subject 


Timber strips. Acquisition of timber tract adjacent to Nehalem 
Highway near Mist deferred. 

State park budget. Increase of $50,000 for this year approved, 
Oregon City Laundry Company. Payment of $13,600 as settlement 
in full of company's claim approved. All bids received at 

morning session for remodeling of laundry rejected. 

Real property. Resolution authorizing acquisition. 

Condemnation. List of properties to be condemned. Resolutions 
authorizing condemnation of following: 

Roseburg-Shady Point Section of Pacific Highway, 
R. Rausch, Geary G. and Ura Rapp, B. A. and A. J. Young, 
A. G, and Ruby Pendo; 

Service Creek-Burton Canyon Section of John Day Highway, 
W. E. Crawford; 

Ana Spring-Hunter Hill Section of Fremont Highway, 
Dean Harris, et al; 

Silver Lake-Picture Rock Pass Section of Fremont Highway, 
State of Oregon, James M. Allen; 

Nehalem Spit Section of Oregon Coast Highway, 
M. L. White; 

Oregon City Section of Pacific Highway East, 
Security and Investment Company of Oregon City. 

John Dey Highway. Condemnation of right of way across property 
of C, A. Hardy authorized if offer of $2,000 rejected. High- 
way to be constructed on straight alignment. 

Tigard. Pacific Highway West. Route of proposed revision dis- 
cussed. 

Advertising signs. Attorney to secure signed statements from 
property owners, when negotiating for right of way, prohibit- 
ing erection of advertising signs on private property. 

Oiling projects. List of oiling projects to be financed with 
accumulated savings from contracting work approved. 

Coos River Secondary Highway. Eastside-Enegren Ferry Section. 
Construction of light oil treatment with state forces approved. 

P.W.A. funds. Possible program to be reported to P.WieAe QU~ 
thorities. 

Bids received on following projects: 

Roseburg-Shady Point Section, grading and paving; 

Flat Creek-John Day Section, oiling; 

John Day-Prairie City Section, gracing, topping and oiling; 
Dean Creek-Prairie City Section, three bridges, one culvert, 
and extensions to seven culverts; 

Bridge over Thomes Creek on Main Street in Seio; 

Lamb Greek-Sheep Ridge Section, 60-ft. log span with 205 lin. 
ft. trestle approach; 

Strebin Road-Hosner Roed Section, grading, surfacing, oiling; 

Tigard. Pacific Highway West. Highway to be rerouted along 
northerly route. Resolution adopted. 

Reedsport. Umpqua Highway. Proposed improvement discussed. 
Commission to assume expense of reconstructing canopies when 
highway improved. 


Date 
1939 
ee7s June 5 


8820 


8881 


8882 


8883 


8892 June 6 
8893 


8894 
8896 


Subject 


Oregon Gity. Attorney's report on controversy with Security 
and Investment Company relative to securing street ends. 
Port Orford. Oregon Coast Highway. Attorney to negotiate for 
right of way across Orris Knapp property. 
Real property. Resolution authorizing ac. uisition. 
Tigard. Pacific Highway West. Approval of prices deferred 
for right of way for proposed revision. 
Wolf Greek Highway. Offer of 44,000 for H. E. McGraw prop- 
erty in Washington County approved. 
Pendleton. Decision on whether or not to rent or sell state- 
owned residence buildings deferred. 
West Portland-Hubbard Secondary Highway. Payment of $25 to 
L. M. Erickson for accrued taxes on property needed for 
right of way approved. 
Sale of building. Building adjacent to Corvallis-Newport High- 
way east of Toledo sold to Roy i. Benson. 
Pacific Highway. Options authorized for F. B. Patterson prop- 
erty south of Grants Pass. 
Albany. Pacific Highway East. Right of way negotiations with ; 
Free Methodist Church to be continued. ¢ 3 
Pacific Highway West. Henry Eggers, Corvellis, to meet drain- 
age requirements in construction of private roadway approach. 


. Approach roads. Location of logging approach roads to be ap- 


proved by Commission. 

Logging trucks. Wheels to be cleaned before entering highways. 

Wolf Creek Highway. Advance of state funds for non-labor items 
discussed. 

Recreational areas. Attorney to secure options to nine sites 
along Wolf Creek Highway between Sunset Camp and Elsie. 

1940 funds. Tentative list of projects selected. Engineer 
authorized to work up plans for all projects. 

Bids received on following projects: 
Division No. 1 oiling project in Clackamas, Vasuington and 
Yamhill Counties; 
Elsie-Balm Grove Section, oiling; 
Mt. Vernon, weston and Service Creek oiling project; 
Division No. 2 oiling project in Linn, Polk & Yamhill Counties. 
Clean and repaint bridge over Columbia River at Vancouver; 
Sale of buildings in Albany. 

Revolving fund. To consist of $200,000. Resolution adopted. 

Bond. Companies which wrote Mr. Baldock's previous revolving 
fund bond to be given business again. 

Baker County. State to pay portion of claim of Sumoter Valley 
Railroad Company against Baker County for train wreck damages. 

Union Trout Hatchery. Buildings to be purchased from State 
Game Commission if satisfactory price can be arranged. 

Maintenance headquarters. Attorney to negotiate for acquisi- 
tion of site at Seneca in southern Grant County. 

Section headquarters. Attorney to negotiate for site adje- 
cent to Crater Lake Highway at Prospect, in Jackson County. 


887, 


8875 


8876 


8877 


Subject 


Wilsonville ferry. Contract with Leonard & Slate for operation 
of ferry renewed for one year. 

Bend. Gentury Drive Secondary Highway. Resolutions adopted 
rerouting highway along Riverside Boulevard. 

Flashing beacon. Pacific Highway West. Installation at Six 
Corners near Sherwood approved. 
Newport. Installation of beacon at intersection of Oregon 
Coast Highway and Spruce Street denied. Installation at in- 
tersection of Oregon Coast Highway and Corvallis-Newport 
Highway approved. 

Warm Springs Highwey. Allocation of $30,000 for construction 
of bridge over lierm Springs River approved. 

Highway improvenents. Requests for verious improvements. 

Oregon City. Water Street project. Condemnation of street 
ends ordered. iMoorage rights to be deleted from proceedings. 

Permit. U. S. War Department requests permit to move oversized 
trucks designed for salvaging wrecked airplanes. 

Right of way purchases. Draft of resolution presented outlin- 
ing responsibility of State Highway Engineer end Attorney. 

Agreements, et cetera, signed as follows: 
E. H. Itschncr, disposing of claim for extre compensation 
erising out of construction of Baker-Flagstaff Hill Section; 
Multnomah County, county maintenance of Troutdale-Sandy County 
Road; 
U. S. Soil Conservation Service, demonstretions of methods 
of erosion control along highways; 
Oregon Trunk Railway Company, proposed Third Street Under- 
crossing in Bend; 
N. P. Grant, pasturing of sheep in Humbug Mountain Park; 
Robert Fromm, pasturing of sheep in Humbug Mountain Park; 
Consolidated Timber Company, undercrossing: of reilroad on 
Wilson River Highway ; 
Flowage easement granting to the United States of America 
rights to st«te-owned property adjacent to Upper Columbia 
River Highway at Warren Creek; 
Bargain and sale deed conveying unto State Forestry Depart- 
ment land adjacent to Salmon River Highway, Tillamook County; 
Bargain and sale deed conveying unto Florence and Faith Van- 
lydegref property in Bunker Hill Addition to Marshfield; 
Quitclaim deed conveying unto Thomas Purdy property adjacent 
to Oregon Coast Highwey, Lane County; 
Bargain and sale deed conveying unto Henry Rees end Max Schlag 
and wife property situate in Bunker Hill Addition to the city 
of Marshfield; 
Bargain and sale deed conveying unto R. A. Schofield and R. W. 
Knoefel property situate in Oregon City; 
Joint letter with !. H. lynch, District Engineer, Bureau of 
Public Roads, providing for contracting of remaining work on 
I.0.N. Highway in fall of 1939. : 

Dates for next regular meetings set for June 6 and June 22, 1939. 


Page Date 
1939 
8903 June 6 


8904 
8905 
8906 


8907 


8908 


eqn 


8912 


Subject 


Klamath County. Designation as federal aid highways requested 
of secondery highways from The Dulles—California Highway to 
California state line and of Klamath Falls-Lakeview Highway. 

Avards. Comaission announces awards on projects for which 
bids were received during morning session. (See pege 8893) 

Cascade Lakes Forest Highway. Plens for improvement discussed. 
Reallocation of funds previously approved discussed. 

Wolf Creek Highway. Advance of (8,527.27 for non-labor items 
up to July 1st approved. 

Deer Island. Lower Columbia River Highway. Oiling of short 
section re uested. 

Marshfield. Bunker Hill District. Request denied for change 
in plans for outlets of Center and Mullen Streets in connec - 
tion with construction of new highway. 

Sisters. Oiling of Main Street, full width, requested. 

Survey. Survey of Main Street in Sisters ordered. 

Junction City. Oiling of shoulders fuli width between 11th 
and 15th Streets approved. 

Baker County. Several requests for highway improvements. 

Albany-Lyons Secondary Highway. Oiling of reconstructed sec- 
tion east of Scio requested. 

Klamath Falls-Lakeview Highway. Additional oiling requested. 

Pendleton. Landscaping project at junction of Old Oregon 
Trail «nd Oregon-Washington Highway cpproved. 

Territorial Secondary Highway. Oiling between sonroe and 
Douglas County line requested. 

McKenzie Highway. Construction of guerd fence in vicinity of 
Leeburg Dam approved. 

Alsee Highway. Improvement requested. 

Flashing beacon. Substitution of stop-and-go signal for 
flashing beacon in Eest Woodburn requested. Request cenied. 

Coos County. Old wooden bridge over south fork of Coquille 
River on Powers Secondary Highway to be given to county. 

Linn County. Albarny-lyons Secondary Highwey. County Court 
assumes maintenance of Fleming Kanch-Schindler Bridge Sec- 
tion, including old bridge. 

Department records. Obsolete records to be kept. 

Prineville. Resolution rerouting Ochoco end Warm Springs High- 
Woy Se 

Award of following contrects spproved: 

Read Creek-liren Section, S. S. Montague; 

John Day-Preirie City Section, BE. L. Rigdon; 

Bridge construction on Dean Creek-Prairie City Section, 
Edlefsen-iieygandt Company. 

Wolf Creek Highway. Invitation accepted to be present on cara- 
van trip commemorating opening of highway June 30, 1939. 

Sign and marquee installations. Ad@itionel bond not required if 


permittee carries public liability and property damage in- 
surance. 


Pege Date 
1939 

8897 June 6 

8898 

8899 

8900 

8901 

8902 


8903 


Subject 


Oregon City. Pecific Highway East. Revision of plans for llth 
Street approach requested. Reyuest denied. 

Columbia County. County Judge confers relative to county road 
construction this year with federal moneys. 

Natal Grange Park in Columbia County. Purchase of tract auth~- 
orized if can be secured for not more than ¢3,000. 

Jessie M, Honeyman State Park. Custody of CCC Camp located in 
park approved subject to certain conditions. 

Emigrant State Park. Boy Scouts of Walla Walla, Washington, 
granted permission to remove old CCC building. 

Short Sand Beach State Park. CCC Camp. Rental of property as 
site for camp approved. 

Umpqua Lighthouse State Park. U. S. Government conveys portion 
of Umpqua Lighthouse Reservation to state for park purposes. 
Douglas County presents 300 acres adjoining park to state. 
Acquisition of additional land for park purposes authorized. 

Depoe Bay. Accuisition of strip of land overlooking ocean for 
park purposes authorized if county will convey it to state 
without cost. 

Tub Springs. Green Springs Highway. Purchase of property in- 
cluding springs approved. 

Deschutes County. Sisters. Purchase of tract at junction of 
highways east of Sisters deferred. Another cruise to be made. 

Crown Point Vista House. Agreement with Hdward L. Dimaitt for 
concession referred back to Parks Superintendent. 

Waldport. Request of H. R. Blackwell to lease state property 
to enlarge tourist camp denied. 

Investigation ordered of road being constructed by Le J. Kick- 
ard from Oregon Coast Highway to beach. To be constructed as 
state project if location is proper. 

Silver Creek Fells State Park. Payment of $500 to J. H. Cur 
ningham for release of rights to former Volz property approved. 
Construction of approach road to park over Volz property ap- 
proved. 

Gravel. Request of George Govro to remove gravel from Cummings 
Greck within boundaries of state park south of Yachats denied. 

Workmen's Compensation Act. S&S. S. Montague not to be relieved 
from acceptance of provisions of act. Contract No. 2184. 

Pacific Highway. Claim of A. T. Crawford for damages caused 
by slide from highway fill denied. Purchase of 15-foot 
right of way from Mr. Crawford to reconstruct fill authorized. 

Sele of building. A. F. Norby building, Albany, sola to Herman 
Stal o 

onaaah. The Dalles—California Highway. Attorney to secure 
options for 100-foot right of wey through town. 

Anchorage post. Preservation of old anchorage post at Yamhill 
River in Willamina approved. 

Gravel pit. Sale of gravel pit south of Junction City deferred. 

Service club signs. Action on removal deferred. 


Page Date 
. 1939 
8916 June 6 
8918 
8919 
8920 
8921 
8922 June 21 
8923 


Subject 


Surveys. List of surveys ordered since last meeting. 
Extension of time, as follows: 


Viesko & Hannaman, construction of maintenance building at 
Albany. 


Contracts completed and accepted, as follows: 


Bly Mountain-Beatty Section, McNutt Bros.; 

Suntex Junction and Brothers maintenance buildings, Henry C. 
Nelson; 

Albany Section, canal and reilway roadbed, Mountain States 
Construction Co.; 

Maintenance building at Albany, Viesko & Hannaman; 
Olney-Jewell Section, D. L. Ashton; 

Brothers Roadside Oasis Project, D. L. Ashton; 
Vanora-Madras Section, J. C. Compton; 

State Hospital-Ash Street Section, Leonard & Slate; 
Coquille Section, 0. ©. Yocom; 

Rough Creek-Belknap Springs Section, Mountain States C onstruc- 
tiori Company ; 

Lakeview Section, Saxton, Looney & Risley; 

Polallie Creek-Hood River Section, A. S. tyallace; 

North Powder-Davis Ranch Section, C. E. Silbaugh Co. 


an 
y 2 


Date for next regular meeting tents tively set for July 27, 1939. 
Agreements, et cetera, signed ss follows: 


United States of America, snow removal on west leg of Timber- 
line Lodge Road; 

Celifornia Western States Life Insurance Company, group in- 
surance for highwey department employees; 

City of Bend, reimbursement for revising water system by 
reason of Third Street undercrossing project; 

C. H. Lake, varking of cars on state highway right of wy 
while being serviced at his station south of Salem; 

Olive Lee, approech road to her premises adjacent to Oregon 
Coast Highway, in Lincoln County; 

Pacific Power and Light Company, permit authorizing state 
to install and maintain traffic signal suspension ceble on 
company's pole No. 2107 in Rainier; 

R. G. Seylor, abandonment of cattle pass on Lexington-Echo 
Secondary Highway; 

Fritz Luscher, et al, ecquisition of right of wey for new 
Columbia River Highway near Bridal Veil; 

Easement granting to Mountain States Power Company right to 
construct canal or ditch to convey water in Albany ; 


Anchorage post. Preservation of anchorage post at Yamhiil 


River in &illemina authorized. Erection of sign giving his- 
torical information relative thereto authorized. 


Astoria. Moving of builaings. State to assume expense of mov- 


ing one building; city to assume obligation of moving others. 


Tunnels. Construction of timber linings in all unlined tunnels, 


particular reference to Elkton Tunnel, authorized. 


Natal Park near Mist. Purchese of tract deferred. 


Subject 


Equipment. Purchase of following authorized: 

3 50-watt radio transmitters; 
2 550-callon asphalt kettles; 
1 portable gasoline hammer, 

Irrigation ditches and drains. Conference approved with Con- 
struction Engineer of bureau of Reclamation relative to con- 
struction across state highways. 

Maintenance material projects. Plans for projects in Divisions 
4 and § authorized. Engineer to work up plans. 

Pole line. Granting of permission to Bonneville Authority to 
construct pole line over end across state highways between 
Portland and Eugene discussed. 

WaShington County. County Court to contribute $10,000 toward 
construction of oil surface on Belm Grove-Sunset Camp Sec- 
tion of Gales Creek County Road. 

Pacific ilighway. Eugene. Selection of route around city 
rather than along 6th Street suggested by Clarence Crocker. 
Roadless aress. Letter opx0sing, in gencral, extension of roads 

into rocdless areas. 

Weston-Elgin Secondary Hichway. Oiling between Weston and 
Tollgate urged. 

Tillamook County Flying Club. Permission requested to use 
ocean beach at Rocksway or Salteir as landing field. 

Fort Stevens Road. Improvement requested. 

Oregon City. Owner of Midway Boathouse recuests permission to 
maintain water pipe line on state property and to maintain 
parking space between 14th and 15th Streets. 

Oregon Roadside Council. Request for office space for use in 
connection with project for preservation of scenery denied. 

Oregon Coast Highway. Clatsop County. Investigation to be 
made relative to claim of Arch Cape Land Company and W. C. 
Calder for demages caused by slide near Arch Cape. 

Centrel Oregon Highwey. Designation as U. S. Highway Route 14 
deferred. 

U. S. Highway Route No. 95. Plans for routing over I.0.N, Sec~ 
ondary Highway discussed. 

Junction City-Bugene Secondary Highway. Designation as U. &. 
Highway Route lio. 99E denied. 

Pacific Highway. Junction City-Eugene Section. Designation 
as U. S. Highway Route No. 99% denied. 

Federal military highweys. Letter from Congressman Picrce rela- 
tive to proposed federal plan for construction. 

Tigard. Pacific Highway ‘iest. Mrs. Clark inquires regarding 
plans for reconstruction. ; 

Newberg. Bridge over Willamette River not to be used as view- 
ing stand during regatta. , 

The Dalles-California Highway: Klamath Falls. Placing of Buck- 
aroo Deys' decorations over highway outside city limits denied. 

Federal aid secondary highway system. List of roads and graphs 
with respect to selection to be worked up. 


Page Date Subject 


8929 June 21 Nyssa. Detouring of’ traffic off state highway during Harvest 
Festival approved. 
8930 Nehalem Secondary Highway. Birkenfeld-Jewell Section. Let- 
ters presented protesting delay in contracting oiling work. 
Farm element and settlement. Letter urging consideration of 
farm element and settlements when building roads. 
Pacific Highway. Cotvage Grove Section. Construction requested. 
The Dalles-California Highway. Klamath Falls. Buckaroo Days' 
Committee renews request for permission to maintain decora- 
tions over highway. Request denied. 
Surveys. List of surveys ordered since last meeting. 


8932 Resolution accepting surveys completed. 
Extensions of time, as follows: 

8933 R. I. Stwart & Sons, Diamond Leke Section; 

8934 F. C. Dillard, Salt Creek Section. 


Contract completed end accepted, as follows: 
Crescent-Beaver Mursh Section, Fisher Bros. 
Dates for next regular meeting set for July 27 and August 31. 

8935 Reedsport. Umpqua Highway. Hearing relative to rerouting 
of highway. 

Landscaping at connection of Umpqua and Oregon Coast High- 
ways requested; also betterment of approach of 8th Avenue 
to Uregon Coast Highway requested. 

8936 Gardiner. Inspection made of Uregon Coast Highway in city. 
Removal of earth material from highwey right of way in front 
of Dr. Fields' property requested. : 

Survey. Preliminary survey of Oregon Coast Highway north of 
Gardiner approved. 
June 22 Bids as follows opened and read: 
Baker-Gibbs Ranch Section, oiling; 

| 8937 Third Street Undercrossing in city of bend; 

Provolt-Wiilliams Section, grading, surfacing and oiling; 

| Bridge over East Fork Illinois River; 

Sentiam Junction Meintenance Station; 

Salem-Middle Grove Section, grading, paving and pavement , 
widening; 

Wheatland Junction-Salem Section, grading, paving and pave- 
ment widening; 

Sandy Boulevard Section (44th to 74th avenue Unit), pavement 
widening and resurfacing; 

Hillsboro Airport-Ray's Ranch Section, grading, surfacing 
and oiling. 

Magnet. Columbia Truck Line requests state's magnet for use 
on private road in Wallowa County. Commission refuses re- 
quest but authorized loan of magnet to Wiallows County Court. 

Old Oregon Trail. Hermiston-Umatilla Section. Delegation 
urges reconstruction and elimination of railroad crossing. 

Century Drive Secondary Highway. Sonstruction of forest high- 

way section between Bend and Elk Lake discussed. Inspection 
of road ordered. 


Page Date 
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Subject 


Condemnation. Resolution authorizing acguisition of right of 
way for Lower Columbia River Highway through Fairview Ceme- 
tery, near Scappoose. 

Service club signs. Report on methods of controlling signs in 
State of Washington. Furnishing of signs by state and main- 
tenance by service clubs tentatively approved. 

Pacific Highway West. Mr. Henry Eggers to perform work in con- 
nection with approach road to his property south of Corvallis; 
state to furnish drainage pipe. 

Aporoach roads. Adoption of policy with respect to construc- 
tion deferred. 

Columbia River Highway. Neon sign maintained by Dr. Thompson 
in front of auto park at The Delles ordered removed. 

Treffic count. Intersection of Wiapinitia and Mt. Hood Highways. 
Count to be made for comparison with one made June 10, 1936. 
Pole line. Granting of permit to Bonneville Authority for con- 
struction of long spans over stete highways between Portland © 

and Eugene authorized. 

Baker-Homesteud Highway. Oiling of Dry Gulch Section and grad- 
ing of CCC Camp-Virtue Hill Section requested. 

Weston-Elgin Secondary Highway. adoption of program for im- 
provement of 5-mile section eas terly from Weston urged. 

Gravel. Action on removal of gravel from ocean beaches for com- 
mercial purposes deferred. 

Equipment. Purchase of following authorized: 

1 semi-portable scale for weighing individual axle loads; 
1 electric drill; 
1 Serlinger paving plant. 

John Day Highway. Report on fatal accident between Vale and 
Jamieson involving truck of Bunting Tractor Company . 

Bunting Tractor Company. Future permits for special use of 
highways denied as result of accidents and viclations of 
provisions of permits. 

Award of following contracts aporoved: 

Silver Leke-Harris Creek Section, E. C. Hall Company ; 
Roseburg-Shady Point Section, berke Bros., Inc. 

R. H. Baldock. authority granted to attend meeting of Commit- 
tee on Design, American Associztion of State ilighway Officials, 
in Chicago, at government expense. 

H. G. Smith. Preparation of paper for 1939 Montana Bituminous 
Conference at Sun Valley, Idaho, authorized. Attendance at 
meeting not authorized. 

Harold B. Say. Authority granted to attend meeting of Netional 
Greeters association in Seattle. 

Irene Payne. Authority granted to attend meeting of Nationel 
Greeters Association in Seattle. 

Out-of-state travel, Expenses to be previously approved by Com- 
mission hereafter. 

Johnny Kirk Springs adjacent to John Day Highway. Residents of 
Spray express aporeciation for installation of drinking foun- 


tain. 


Page Date Subject 
39 


8958 June 22 Insurance. Building acquired from L. E. Dayton on ner location 
of Pacific Highway south of Grants Pass to be insured. 
8959 Fire loss. Owners of burned-over land along John Day Highwey 
near Arlington to be reimbursed for losses. é 
Recreational areas. Negotiations to be continued for acquisi- 
tion of sites along Wolf Creek Highway between Sunset Camp 
and Elsie. Condemnation authorized of tracts belonging to 
Sunset Logging Company. 
Wolf Creek Highway. Payment of $5,000 for non-labor items for 
Jviy authorized. 
WeP.A. program. Projects tentatively approved to be submitted 
to Public Works Administration, when called for. 
8960 H. B. Gleisyer. Salary increase approved. 
Agreements, et cetera, signed as follows: 
Washington County, maintenance of Hillsboro-Cornelius Pass 
County Road; 
Marion County, maintenance of Selem-Silverton County Road; 
Marion County, maintenance of North River County Road; 
Paward L. Dimmitt, concession at Crown Point Vista House; 
Relph Billings, construction of steps end retaining wall in 
front of his premises north of Ashland; 
Josephine County, improvement of Illinois Valley County Road; 
Josephine County, maintenance of Illinois Valley County Road; 
Coos Bay Construction Company, claim for extra compensation 
arising out of Contract No. 1949; 
Clackamas County, stairway construction from Pacific Highway 
East to Willamette River in Oregon City; 
Bargain and sale deed conveying land adjecent to Upper Col- 


umbia River Highway, in Multnomah County, to Fritz Luscher 3 
: and May Vivian Tohl. . im Se 
: 8961 July 18 Contract letting. Projects to be contracted August 31 ap- > 
proved. 


Blalock-Arlington Project. $30,000 transferred to this proj- . 
ect from Jimmy Creek-North Powder Section. ial 


8962 Contract letting. Projects to be contracted October 5 author- 
ized. 
Tigard Grade Separation. Funds from Troutdale Grade Separa- * 


tion project to be transferred to Tigard project. 

John Day-Prairie City Project. Contracting in November author- 
ized. 

8963 Lost River Project. Rebuilding of reclamation flume authorized. 

Grant County Line-Patrol Station Project. Increasing project 
from $60,000 to $85,000 authorized. 

Meintenance and minor betterment budgets. Number of increases 
approved. 

Oiling and extra-maintenance projects. Number of projects ap- 

oved. 

teeetien survey. Pacific Highway. Survey of Sexton Mountain 

Section ordered. 


en a ae 
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8943 
8944 


8945 


8946 
8948 


8949 


8954 
8955 


8957 


8958 


Subject 


Warm Springs Secondary Highway. Plans for construction discussed. 

Cline Falls Secondary Highway. Commission to furnish engineer- 
ing supervision in connection with removal of rock point 
north of Tumalo. 

Weston-Elgin Secondary Highway. Expenditure of $10,000 state 
funds approved to cover deficit in amount budgeted in forest 
highway program for construction of forest highwey section. 

Oregon Coast Highway. Delegation presents fovr-point program 
for 1940 activities. 

Cascadia. State urged to purchase Giesendorfer property for 
park purposes. Investigation ordered. 

Clatsop County. Elsie-Fish Hawk Falls road. Delegation urges 
construction of road to connect Wolf Greek Highway and Ne- 
halem Secondary Highway. 

Oregon City. Pacific Highway Fast. Acquisition of C. 1. Gates 
property needed for proposed revision discussed. 

Siuslaw Highway. Delegation urges improvement in vicinity of 
Cheshire and Triangle Lake. 

Awards. Commission announces awards on projects for which bids 
were received during morning session. (See page 8936) 

Manning. Wolf Creek Highway. Settlement for right of way in- 
volving moving and re-establishing Manning school discussed. 

Wolf Creek Highway. Report on construction of highway across 
property of George Saxton. 

Prineville. Securing of options for right of way for recon- 
struttion of Ochoco and Warm Springs Highways ordered. 

Port Orford. Attorney to secure options to Orris Knapp prop- 
erty needed for right of way. 

Travel and Information Department. Selection of advertising 
agency to handle publicity matters diseussed but deferred. 

Right of way budget for 1939. Attorney's report on expendi- 
tures. 

Real property. Resolution authorizing acquisition. 

Condemnation. Resolutions authorizing condemnati=™ 4s follows: 
Cushman Rench-Trail Section of Tiller-Trail Hi: -y, 

Willard F. Horn and Gertrude Horn, Irwin H. emd Rena Howe; 
Provolt-Williams Section of Williems Highway, 

Albert Biglow; 
Washington State Line-Shelton Canyon Section of Enterprise- 
Lewiston Highway, 

Elmer W. Applegate; 
Forest Boundery-Cottonwood Greek Section of Klamath Falls- 
Lakeview Highway, 

W. K. Verling; 
Drews Valley Section of Klamath Falls-Lakeview Highwey, 

H. E. Smidth. 

Water right. Settlement with Rex Rose for water from spring 
for Wolf Creek Highway W.P.A. Camp near Manning and for 
state's maintenance headauarters. 


Page Date © Subject 
1939 
8968 July 26 Gravel. Policy with respect to removal of gravel from ocean 


8969 


8970 


8971 


8974 


8975 
8976 


8977 


beaches by individuals and by contractors cdopted. JI 
Hood River County. Designation, as secondary state highway, 
of county road extending from ut. Hood Highway to connection 
with Hood River Secondary Highway deferred. 
Pole line. Easement granted to U. 8. Government to construct 
Bonneville power line over state-owned land between Multnomah 
and Hood River. 
Salem. Salvaged material from old bridge to be loaned to Amer- 
ican Legion for construction of temporary bridge at airport. + 
Depoe Bay. Auto-parking congestion adjacent to Oregon Coast 
Highwey to be investigated. 
Mining operations. Request of Paul T. Erb to conduct mining 
operations in state-owned grevel pit in Jackson County denied. 
Value of gravel pit to be investigated. 
Roseburg. Request for construction of building in landscaping 
area at junction of Pacific Highway and county road denied. 
Oregon Coast Highway. Bandon Section. Construction urged. 
Tigard. Pacific Highway -est. Selection of route protested. 
Robinette-Homestead Secondary Highway. Oxbow Tunnel Section. 
Request for repairs to tunnel denied. 
Nyssa. Suggestions for site for railroad grade separation 
structure presented. 
Tolls. Letter presented suggesting collection of tolls to 
finance highway construction. 
Silverton. Request for loen of services of Commission's art- 
ist to prepere plans for gateruys at highway entrances to city. 
Albary. "No trespass" signs to be erected on stete property 
adjacent to Albany Airport. 
Surveys. List of surveys ordered since last meeting. 
Resolution aporoving completed surveys. 
Extensions of time, as follows: ' 
Coos bay Dredging Company, Lobert-Modoc Point Section; | 


mine 


Roy L. Houck, Lombard Street-Killingsworth Street Section; 
Bubler Bros., Grant County Line-Unity Section; 
Schmeer, Williams & Gentemann, Horse Ranch-Chewaucan Nar- 
rows Section; 
J. G. Compton, Elsie-Balm Grove Section. 

Gontracts completed and accepted, <5 follows: 
Lobert-idodoc Point Section, Coos Bay Dredging Company; 
Salt Creek Section, F. ©. Dillard; 
Brothers-Harney County Line Section, E. ©. Hall Company; 
Richland-Halfway section, Norris Brose; & 
Newport Section, E. F. Altree; 
Jomieson-Lancaster Section, Leonard & Slate; 
Pendleton-State Farm Section, M. L. O'Neil & Son; 
Juntura—Cairo Section, Chester fT. Lackey; 
Flat Greek-John Dey Section, Bebler Bros.; 
Baker-Gibbs Ranch Section, Norris Bros. 


snl ne 


8967 


8968 


Subject 


Fire loss. Cleims of owners of burned-over land along John 
Day Highwey near arlington approved. Payments authorized. 

Albany-lyons Secondery Highwey. Thomas Greek Section. Con- 
struction of light oil surface approved for construction in 
next year's program. 

Siuslaw Highway. Improvement over summit of Goast Range re- 
quested. 

Mt. Hood Highwey. Snow removal. Highvay to be open May 15th 
from junction of Wapinitia flighway to Cooper's Spur Road. 

Cape Arago Secondary Highway. Elmiwination of Deadman's Curve 
requested, 

Lower Columbia River Highway. Farr's Gorner-Scej.poose Section. 
Section not involving cemetery to be advertised for bids in 
August or September. attorney to secure right of way for 
cemetery section. 

Halsey-Sweet Home Secondary Highway. Oiling of section between 
Rrownsville and Crawfordsville requested. 

Torritorial Secondary Highway. Request for oiling from Monroe 
to Douglas County Line denied. Extending of highway from 
present terminus to P< cific Highwey at Anlauf discussed. 

Marshfield. Bunker Hill district. Stairway from Mullen Street 
to connection with Oregon Coast Highway requested. 

Sidewalk. Construction on one side of Nehalem River Bridge et 
Timber approved. 

Paisley. Fremont Highwey. Oiling for distance of two blocks 
through business district requested. Request denied. 

Enegren ferry service. Coos River. Bids to be taken for fur- 
nishing 16-hour and 20-hour service. 

Pole line construction. McKenzie Highway. Construction of 
Rural Electrification Administration power line between Vida 


and McKenzie Bridge discussed. 
Permits. 30-day blanket permits for movement of form machin- 


ery approved. 
Cleims. Credit accounts against firms now out of business to 


be declared closed. 
Awards of contracts. Commission approves following awards: 

Strebin Road-Hosner Road Section, H, L. Rice; 

Sendy Boulevard Section (44th Ave. to Thth Aves), Edlefsen- 

Weygandt Company. 
Equipment. Engineer authorized to purchsse following: 

1 pneumatic-tired lawn mower; 

1 7000-gallon-per-hour gravity centrifugal pump; 

1 dragline boom, bucket and necessary coble. 
Laws. Pamphlet containing rocd laws to be published by Commis- 


sion. 
ElsieJew 

cussed. 
Richfield Oil Company. 

equipment being servic 


ell County Rord. Matter of continuing maintenence dis- 


Use of pictures of highway department 
ed by company's truck authorized. 


Page Date 
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8985 


9002 


Subject 


Insurance. Fire insurance to be carried on buildings acquired 
from Duene Gibson for right of way for Salem South Section 
of Pacific Highway. 
Wilsonville. Approaca to Boone's Ferry tc be retained. Parks 
Superintendent to investigate park possibilities. 
Oregon City. Pacific ilighway East. Episcopal Church people 
request change in plans for highway improvement. 
Gravel pit. Sale of grevel pit adjacent to Pacific Highway 
south of Junction City reconsidered. 
Title insurance. Action on securing title insurance on future 
real property purchases deferred. 
Crofts Lake. Coos County. Parks Superintendent to investigate 
matter of creating state park at Crofts Lake, necr Bandon. 
Speed limit. Wolf Creex Hi-hway. Elsie-Necanicum Junction 
Section and at Bear Creek Camp to be posted for ea 35-mile- 
per-hour speed limit. 
Weston-Elgin Secondery Highway. Request for snow-removal op- 
erations in Umatilla and Wallowa Counties denied. 
Umpqua Highway. Reedsport. Resolution edopting permanent route. 
Right of way. Resolution prohibiting use of highwey right of 
way in connection with conduct or operation of business or 
industry. Form letter covering matter to be distributed. 
Warm Springs Secondery Highway. Resolutions rerouting high- 
way between Prineville and the Jefferson County line. 
Cape Arago Secondary Highway. Charleston. Resolution abandon- 
ing old portion of highway in favor of Coos County. 
Real property. Resolution authorizing acquisition. 
Condemnation. Resolutions authorizing condemnation as follows: 
Buchanan Ranch-Juntura Section, Central Oregon Highway, 
Ralph Chambers and State Land Board; 
Salem-Pringle Creek Section, Pacific Highway East, 
Benjamin Franklin Federal Savings and Loan Associstion and 
L. C. Harkey, and A. E. Heasley; 
Service Creek-Eurton Canyon Section, John Day Highway, 
School District No. 73 
St. Helens Section, Columbia River Highray, 
Erickson Dairy Products Company; 
Warren Creek Section, Columbia River Highway, 
John and Elesnor Lawler. 
Portland. Metropolitan association requests reconstruction of 
Front Street as arterial route. 
Ocean beach. "No Motoring Beyond This Point" signs to be 
erected on beach between Newport and Agate Beach. 
Relief map. Acceptance of offer of Pacific Topographic Service 
to furnish scale relief map of Oregon deferred. 
Awards. Commission announces anards on projects for which bids 
were received during morning session. (See page 8978) 
Tillamook County. Loan of services of engineer requested by 
county to set line and grade stakes for county road extending 
from Oregon Coast Highway up Cook Creek. 


a ass 
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1939 
8978 July 27 


8979 


8980 


$982 


8983 


8984 


Subject 


Bids received on following projects: 
Varren Creek Section, grading, surfacing and bridge; 
Junction City-Eugene Section, roadside improvement; 
East Unit, Troutdele-Corbett Section end Bridal Veil-Benson 
Park Section, clearing, grading and rock toe embankment. 
Florence. Recuest for state cooperation in construction of ap- 
proach road from business district to Oregon Coast Highway. 
Investigation of project ordered. 
Siuslaw Highway. Improvement requested through Lake Creek Dis- 
trict and over Coast Range, involving tunnel construction. 
Bandon. Oregon Coast Highwey. Construction along permanent 
route urged. Attorney authorized to complete acquisition of 
right of wey. Line and grade stekes to be set. 
Timberline Lodge signs. Erection of signs directing traffic 


to Lodge approved. 

Travel and Information Department. 
Gerdner contract for handling pu 
1940. 

Cascade Lakes Forest iighway. Bend-Elk Lake Section. Type of 
improvement for road discussed. 

Minutes approved of meetings held March 2 and 3, March 2l, 
April 5, 6 and 7, and April 21 to 25, inclusive, 1939. 

Fines. Standard form to be used in reporting fines collected 
for motor vehicle violations. 

Depoe Bay. Oregon Coast Highway. Plans for widening and con- 
struction of bridge to be presented to U. S. war Department. 

Park property. ‘Sisters. Purchase of Louis #. Hill property 
adjacent to McKenzie Highway near Sisters approved. 

Roseburg. Pacific Highwey right of way. Property of 5. L. 
Eddy's client to be acouired by condemnation if offer of $100 


refused. 
Columbia River Highwey. 
lock gates to right of way property near 


from state. 
Agreement reached with Oregon American 


Wolf Creek Highway. 
Lumber Comoany for acquisition of property for park purposes. 
Attorney to secure options on other oroperty along highway 
for recreational sites. 
Oregon City. Pacific Highway East. Settlement of Mrs. Annie 
Busch's claim for damages arising out of highway construction 


deferred. 

Disposition of right of way acquired by city for old roadway 

along 11th Street deferred pending completion of new highway. 

Change of venue not to be requested in cése of state versus 

Security and Investment Company, pertaining to right of way. 
Tigerd. Pacific Highway vest. Stete to remove church building 


from highway right of way. ; 
Tiller-Trail Secondary Highwey. Cushman Ranch-Trail Section. 
Settlement made with Klamath Indian Agency for right of way 


approved. 


Botsford, Constantine and 
blicity matters renewed for 


George Joseph granted permission to 
Crown Point leased 


: 


Portland, Oregon, April 5, 1939 


The State Highway Commission met in regular session at 2:00 o'clock 
p. m. in Room 204, Benson Hotel, Portland. Present were: 


Henry F. Cabell, Chairman 

E. B. Aldrich, Commissioner 

Huron W. Clough, Commissioner 

R. H. Baldock, State Highway Engineer 
"J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


The Commission conferred with a delegation consisting of members of 
the legislature and representatives of the Public Utilities Commissioner, De- 
partment of State Police, and the logging industry, relative to the establish- 
ment of rules and regulations for the disciplining of log haulers who have 
been arrested for transporting over state highways loads weighing in excess 
of the weight limits specified in House Bill No. 542, which was enacted into 
law by the 1939 legislature, and which authorizes a 10 per cent tolerance on 
truck loads. Members of the delegation were State Senators F. M. Francisco- 
vich, Astoria, and U. S. Balentine, Klamath Falls; a. F. Harvey, representing 
the Public Utilities Commissioner; H. G. Maison, Deputy Superintendent of 
State Police; County Commissioners James Elliott and John Slotte, of Clatsop 
County; and Messrs. George Gray, M. L. Johnson, and L. A. Christenson, log 


-havlers; and others; there being 22 in the delegation. 


- Chairman Cabell opened the discussion by explaining the purpose of 
the conference. He stated that the Highway Commission some time ago found it 
necessary, in order to protect the highways from severe demage by logging 
trucks, to ; te rules and regulations for the disciplining of log haul- 
ers who transported excessive-weight loads, inasmuch as satisfactory results 
sore not being secured by the arrest of the operators and the imposition of 
fines. Such rules, he said, provided for the arresting and fining of the vio- 
lator if the weight of the load exceeded the statutory weight limit, and pro- 
vided also an additional penalty if the weight exceeded the statutory axle- 
weight limit by more than 1500 pounds. He pointed out that the 1939 legisla-~ 
ture enacted a new law which provided for a 10 per cent tolerance, because of 
the difficulty in weighing loads of logs at the loading point. It was his 
thought that if the operators will honestly endeavor to load their trucks so 
as not to exceed the axle-weight limit, the probabilities are that the 10 per 
cent tolerance will not be exceeded. The Highway Commission, he added, has 
given this matter considerable thought and has decided that an operator who 
is found to be transporting a load weighing in excess of the legal weight lin- 
it plus the 10 per cent tolerance, no matter how small the ove 
be arrested and required to pay such fine as the courts may prescribe, and 
should also be subject to an additional penalty yet to be deterntined. 


He advised that the Commission has also given considerable thought 
to the matter of trucking logs out of 4 new timber district where the weight 
of timber has not been ascertained. In cases of this kind, he said, the Com- 
mission has it in mind to let the operators haul severel, loads to the nearest 
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Subject 


Lafayette Secondery Highway. xequest for oiling of section 
from Amity Junction to Schroeder's place. Work to be done 
within next month. 

Yamhill County. Designation requested, as stzte secondary 
highway, of county road extending from Lafayette Secondary 
Highway to point 13 miles south of Threemile Lane becondary 
Highway. 

Coos County. West Coast Power Company requests Lease of state 
property in corner of perk at north end of Coos Bay Bridge 
for substation site. 

Columbia and Washington Counties. Delegation requests designa- 
tion, as state secondary highway, of county road extending 
from Treharne to Sunset Camp. 

Tiolf Greek Highway. iir. & Mrs. L. Siegentheler confer regard- 
ing settlement for right of way across their property. 

Wolf Creek Highway. Edwin ©. Gerber's contract for surfacing 
Necanicum-Nehalem kiver Section to be turned over to surety 
on bond for completion unless satisfactory progress shown. 

Group insurance. Oregon Mutual Life Insurance Company's plan 
for group insurance to highway aepartment employees considered. 

Tigard. Pacific Highway West. Construction of passege-way 
under railroad grade separation structure considered. 

Forestry Department. Blanket authority to be granted Forestry 
Department for use of ocean beaches in Curry County as land- 
ing fields for department airplanes. 

Seaside. Engineer to investigate situation at Seaside “here 
beach is used for airplane landing field. 

Wolf Creek Highway. Payment of £3,500 for non-labor items for 
August authorized. 

Oregon City. Pacific Highway Hast. Request that new highway 
be opened between 14th and 5th Streets during Territorial 
Days Celebration, August 17 to 19, denied. 

Date for next meeting set for August 31 and September 1, 1939. 

Siuslaw Highway. Inspection to be made August 17, 1939. 

Date for special meeting in Salem set for August 18, 1939. 

Agreements, ct cetera, signed as follows: 

Jackson County, improvement of Butte Falls County Road; 
Jackson County, meintenance of Butte Falls County Road; 
Southern Pacific Company, easement for railroad encroachment 
near Shady Point south of Roseburg; 

Leonard and Slate, extending contract for free ferry service 
across Willamette River at Wilsonville; 

Union Pacific Company, construction of Troutdele-Corbett and 
Bridel Veil-Benson Park Sections, particularly railroad 
crossing at Corbett; 

A. A. Godwin, lease of state-owned property in Josephine Co.; 
Southern Pacific Company, right to construct, operate, and 
maintain railroad we track and apourtenances in Albany; 
Bargain and sale deed conveying unto Hood River County land 
situate in Hood River County. 


tolerance permitted by law. He added that the old method of imposing a fine 

on all operators who transport loads weighing in excess of the statutory 

weight limits, including the 10 per cent tolerance, will be continued except 

that the overload will be based upon the gross load rather than on the axle 
load. If the gross overload exceeds the 10 per cent tolerance permitted by 
: law, then, for a first offense, the equipment involved in such overload will 
be suspended from operation for a period of 5 days; for a second offense the 
period of suspension will be 10 days; and for a third offense, 15 days; and, 
where logs are hauled from a new district, no penalty will be imposed for over- 
loads on the first six loads, provided arrangements have been made with the 
State Police beforehand for the weighing of such six loads. These rules and 
regulations, he added, will be published in printed form and will be distribu- 
ted ~ choy concerned at the earliest possible time. (See Circular let- 
ter No. . 


The matter of determining the classification of hard-surfaced roads 
as compared with others was brought up for discussion and it «as decided to 
let the State Police officers differentiate between the road types, as in the 


past. 


Senator Balentine and Mr. Johnson asked the Commission to modify its 
present ruling with respect to log hauling on state highways in Klamath County 
so as to permit such hauling during Saturday afternoons, which practice is now 
prohibited. They were informed that the Commission must have full information 
on logging operations in this county before it can render a decision, and in- 
vestigation will be made upon receipt of application for Saturday afternoon 
hauling in this county. 


Mr. E. C. Newall, of Vancouver, Washington, was present in regard 
to the claim of his mother-in-law, Mrs. Ida B. Hadley, for damages that she 
alleges she incurred by reason of the reconstruction of the Pacific Highway 
West in front of her property near Newberg, in Yamhill County. Mr. Newall de- 
clared that Mrs. Hadley has received unfair treatment from the Highway Commis- 
sion inasmuch as she donated right of way for this project with the under- 
standing that there was to be no change in the grade line of the highway; 
whereas, the highway was actually lowered approximately 8 feet in front of her 
premises. Had Mrs. Hadley known that the grade was to be lowered, he said, 
she would never have donated the right of way. He demanded the sum of $500 
as settlement for the clain. 


Chairman Cabell pointed out that negotiations with Mrs. Hadley for 
this right of way were completed a long time ago, apparently to the satisfac- 
tion of all parties concerned, and tat the Commission is not disposed to re- 
open a case that has once been consummated. However, in view of the fact that 
there is a question as to just what Mrs. Hadley had in mind when she donated 
the right of way, the Commission is willing to pay her an additional amount 
of $250 in order to definitely close the case. Such sum, he added, is abso- 
lutely the limit in the amount that the Commission will pay and if Mrs. Hadley 
is not satisfied she will have to take the matter to court. Mr. Newall said 
that he would present the offer to Mrs. Hadley and would advise later whether 
or not it is acceptable. 
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arrangements must be made with the state police for the weighing of such trial 
loads, and the operator must make an honest effort to load within the legal re- 
quirements. After the unit weight of the timber has been determined, he added, 
the operators will be arrested and fined for overloads in any amount. He then 
invited the members of the delegation to express themselves in regard to this 
subject. P 


Senator Franciscovich stated that the arrangement outlined by Chair- 
man Cabell is considerably more lenient than that the log haulers had in mind; 
in fact, they are not asking for as much leeway as they would be given if this 

t were carried out. It was his thought that the method of procedure 
for disciplining the log haulers heretofore in effect is quite fair with the 
exception that the arrests are made for overloads based upon axie weight, where- 
as, in his opinion, the overloads should have been based upon gross weight; 
also, that the penalty for the first violation should be the suspension of the 
equipment involved in the overload for a period of 5 days; for a second of- 
fense, 10 days; and for 4 third offense 15 days, rather than the present pen- 
alty of 10, 20, and 30 days for these offenses. He explained that the opera- 
tors are pretty well able to tell by log scale the weight of the logs in the 
woods but it is extremely difficult to estimate the axle-weight after the logs 
have been loaded, and particularly as to whether or not the 10 per cent toler- 
ance will be exceeded. He heartily approved the Chairman's suggestion of trens- 
porting a number of trial loads to determine the average weight of timber from 
new districts. However, he stressed the importance of notifying the state po- 
lice in advance of such trial movements; otherwise, he said, every operator 
would endeavor to justify an overload from 4 new district by saying that it 
was a load to determine the average weight of timber from that district. He 
urged the Commission to modify its present rules by providing that the opera~ 
tion of the extreme penalty of suspension or cancellation of permit shall be 
based on gross weight rather than on axle weight, and advised that such modi- 
fication will meet with the loggers’ approval, at least those operating in the 
Clatsop County district, the same as if the weight of the logs were determined 
by log scale. 


Chairman Cabell advised that the Commission does not especially care 
to be considered 4 law-enforcement agency and had it in mind simply to try out 
the new law for a period of six months or 80 without imposing any penalty on 
the operators other than the fines prescribed by the court; but, in view of 
Senator Franciscovich's remarks, the Commission will be pleased to give the 
matter further study. He invited comments on the suggestions made by Senator 
Franciscovich. No one responded, which indicated that all were in accord 
therewith. 


The Commission then discussed the matter privately with the repre- 
sentatives of the Public Utilities Commissioner and the Department of State 
Police, following which Chairman Cabell announced that the Commission is in- 
clined to agree with the suggestions made by Senator Franciscovich, because it 
believes that the operators will make an honest endeavor to load within the 
legal requirements and will not load their trucks in excess of the 10per cent 
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on this matter except to ask the Assistant Attorney to expedite the matter as 
much a5 possible. 


The Attorney brought up for discussion a letter from the attorney 
for the West Coast Power Company relative to the construction of the Company's 
pole line across the state park that was acquired from the Pratt interests, 
adjacent to the Oregon Coast Highway, at the Lincoln-Lane County line. He ad- 
vised that, as previously instructed by the Commission, he informed the power 
company that the Commission would not permit construction of the pole line 
along the highway because the poles would interfere with the scenic view, and, 
for similar reasons, would not allow such pole line to be constructed through 
the body of the park, although it would authorize the construction of the pole 
line et the extreme edge of the park where it would not interfere at all with 
the use of the park nor detract from the park's appearance. The company al- 
leges, he said, that it will cost them about $4,000 extra to build their pole 
line in the designated location, but, nevertheless, they are willing to build 
it in such location if the state-will pay a portion of this extra cost, but 
not otherwise. 


In the discussion of this matter it was pointed out that the com- 
pany has already constructed its pole line at a considerable distance from the 
highway across property adjacent to this state park, which indicated to the 
Commission that it would be no more difficult or expensive for the company to 
construct its pole line et the extreme edge of the state's park, as designat- 
ed. Furthermore, if the line were constructed in such location, it would then 
not be necessary to cut any timber to accotmodate the comsany's poles or other 
facilities and would place tke line in a position where it would not interfere 
at all with the use for which the park was acquired. The Commission thereupon, 
by unanimous vote, refused to make any change in its previous ruling with re- 
spect to this matter and indicated that it would be willing to try the matter 


out in court, if necessary. 


The Cowmission adjourned at 6:00 o'clock p. m., to reconvene on the 
following morning in the auditorium of the Public Service Building. 


Portland, Oregon, April 6, 1939 


The State Highway Commission reconvened in regular session at 9:00 
otclock a. m. in the auditorium of the Public Service Building. Present were: 


Henry F. Cabell, Chairman 

E. B. Aldrich, Commissioner 

Huron W. Clough, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


Bids as follows for highway construction projects and for the sale 
of a building at Salem were opened and read in conformance with previously pub- 
lished notice, following which Chairman Cabell announced thet the award of con- 
tracts and sale of building would be made at 3:00 o'clock p.m. in the same room: 
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The Commission discussed at some length the advisability of revising 
its schedule of wages to be paid labor employed on state highway construction 
work but deferred definite action thereon until the next meeting. 


The Engineer brought up for discussion the matter of adopting e mini- 
mum wage allowance for the hourly-rate employees on oiling, paving, and strip- 
ing crews. He pointed out that these crews are sent into the field as early 
as possible in the spring in order to insure the completion of their assign- 
ments during the working season, and are subjected to frequent and considerable 
loss of employment because of wet weather conditions which in many instances 
prevent them from earning enough to pay their local grocery bills. He gave as 
his thought that such hourly-rate employees should be given @ minimum wage al- 
lowance or guarantee for subsistence, and recommended an allowance of $1.00 
per day for such purpose. After discussion, the Commission approved the Engi- 
neer's recommendation and thereupon, by unanimous vote, authorized the payment 
of such minimum wage allowance subject to the following conditions: 


1. The allowance shall be made only to kourly-rate employees 
on state force oiling crews, pavement patching crews and 
center-line striping crews. 


2. The allowance shall be made only on days when wet weather 
conditions are the sole cause of the discontinuance of 
work. If prosecution of the work is prevented by break- 
down of equipment, shortage of materials, moving of plant, 
or any cause other than wet weather, the allowance shall 
not be made, even though wet weather may occur concurrently. 


3. The allowance shall be made only on regular working days, 
including Saturday, if Saturday or Saturday morning is reg- 
uler working time for the crew. The allowance shall not 
be made on Sundays or holidays. 


4. The allowance shall be made only for days on which the em- 
ployee reports to the timekeeper and is on the job ready to 
work. No allowance is to be made to an employee who absents 
himself from the work or who fails to report to the time- 
keeper each day. 


5. The amount of the allowance shall be $1.00 for days on which 
the employee has no other earnings. If some pay time is 
worked by the employee on the day concerned, the amount of 
the allowance shall be only sufficient to bring the total 
earnings for the day to $2.00. For instance, if an employee 
receiving $0.55 per hour works one hour during the day, the 
amount of the allowance will be $0.45. 


The Assistant Attorney reported briefly the status of acquiring op- 
tions for right of way needed for the proposed revision of the Pacific Highway 
West through the town of Tigard. He estimated that it would take about 30 
days to complete the securing of such options. The Commission took no action 
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FALLS CITY COUNTY ROAD 
FALLS CITY-FERN CORVER SECTION 
SURFACING AND OILING 


Using Road Oil Using Tar 
Warren Northwest, Inc. $ 7 oe eS $29,115.50 
J. C. Compton and Saxton, Looney & Risley ---- 29,510.00 
R. 0. Dail & Warren Bros., Inc. 29,696.00 29,618.00 


SALE OF BUILDING IN SALBi 


BUILDING NO. 5786 
Arthur S. Washburn $ 550.00 
W. H. Grabenhorst & Company 205.00 


Mr. L. A. Cutlip, Mayor, North Bend, was present and urged the Com- 
mission to oil the Coos River Secondary State Highway between the town of 
Eastside and the Enegren Ferry so as to eliminate the dust nuisance that pre- 
vails during the dry season. He said that this road carries as much traffic 
as any othe secondary highway in the State of Oregon and from that stand- 
point he believes that the improvement requested is fully justified. The Com- 
mission deferred action on this request pending formulation of its next con- 
struction program for secondary funds. Chairman Cabell agreed to inspect the 
road in the near future. 


The Parks Superintendent, Mr. S. H. Boardman, was present and re- 
ported on the following state park matters: 


Gift of the Consolidated Timber Company of roadside strips along 
the Wilson River Highway:- Mr. Boardman advised that the Consolidated Timber 
Company has offered to deed to the state as a gift a strip of land 400 feet 
wide and extending along this highway for a distance of about 6 miles from a 
point near Glenwood to the summit of the Coast Range, the only condition be- 
ing that the company would like to maintain some camp buildings on the proper- 
ty for 25 years during the time that it is conducting logging operations on 
other property in this vicinity. The Commission accepted the gift and in- 
structed the Secretary to acknowledge the same with an appropriate letter of 
thanks. 


Gift of Mr. J. C. Ponsler, Florence, of a small tract of land, con- 
taining 2 acres, adjacent to the Oregon Coast Highway, in Lane County:- The 
Parks Superintendent advised that Mr. Ponsler owns a small tract of land over- 
looking the Pacific Ocean near China Creek and that he has expressed a desire 
to present this to the state as a gift in memory of his late wife, Muriel 0. 
Ponsler, the only condition being that it be made available for public use at 
all times. The Commission accepted the gift by unanimous vote and ordered 
that the same be acknowledged with an appropriate letter of thanks. 


Adéition to Cape Lookout State Park, in Tillamook County:- The 
Parks Superintendent advised that, as instructed by the Commission at a 
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EAGLE CREEK-FIRWOOD COUNTY ROAD 
EAGLE CREEK-WADE CORNER SECTION - GRADING, SURFACING, OILING 


Using Road Oi Using Tar 
Fisher Bros. $38,379.00 $---- 
R. 0. Dail & Warren Bros., Inc. ---- 49,671.50 
C. J. Bldon 52,625.50 52,581.50 
H. L. Rice 52,877.50 53,177.50 

OREGON COAST HIGHWAY 
BUNKER HILL SECTION - GRADING, PaVING 
Roy L. Houck $108,466.50 
Jacobsen-Jensen Company 110,879.50 
Leonard & Slate 112,138.00 
Theo. Arenz 113,998.50 
E. C. Hall Company 117,937.00 
Edlefsen-Weygandt Company 124,361.00 
Clifford A. Dunn 142,780.50 
HOOD RIVER SECONDARY HIGHWAY 
JERICHO LANE-BLOUCHER SECTION 
GRADING, SURFACING, OILING, CRUSHED ROCK 

E. C. Hall Company $39,926.50 
A. S. Wallace 43,326.50 
McNutt Bros, 43.670.00 
R. 0. Dail & Warren Bros., Inc. 44,903.75 
C. J. Eldon 45,835.00 
Newport Construction Company 45,998.75 
H. L. Rice Irregular bid 


BONANZA-MALIN COUNTY KOAD 
POE VALLEY SECTION - GRADING AND SURFACING 


E. L. Rigdon $20,235.00 
Clifford A. Dunn 24; 562.50 


WASCO-HEPPNER SECONDARY HIGHWAY 
EAST UNIT, RHEA CREEK-HEPPNER SECTION 
GRADING, SURFACING, OILING, AND CRUSHED ROCK 


Saxton, Looney & Risley $58,801.00 
Warren Northwest, Inc. 59,550.00 
E. C, Hall Company 61,484.00 
Fisher Bros. 61,605.00 
Rogers Construction Company 62,157.88 
H. L. Rice 64,491.00 
C. J. Eldon 65,110. 86 
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such sum for this property, he said, under the assumption that the state will 
pay the unpaid taxes that have accumulated against same. The Commission ap- 
proved this purchase by unanimous vote. . 


Purchase of addition to Devils Elbow State Park at Heceta Head, in 
Lane County:- The Parks Superintendent advised that he has concluded satis- oS 
factory negotiations with Rufus C. and Rosa Stonefield for the purchase of : i 
this 6l-ecre tract, described as Lot 1 and the NW? of the NWt of Section 34, 
T. 16S., R. 12 W., W. M., for the sum of $3,500, which is the price that the 
Commission approved at its meeting on March 3, 1939. The Commission approved 
this settlement by unanimous vote. 


Exchange of properties with Rufus C. and Rosa Stonefield at Devils 
Elbow State Park:- The Parks Superintendent advised that, in accordance with 
authority granted him by the Commission on March 21, 1939, he has effected a 
satisfactory exchange of properties with Rufus C. and Rosa Stonefield for the 
protection of the state's interests at the north end of the Cape Creek Bridge, 
whereby the Stonefields are to deed to the state a triangular-shaped tract 
containing one acre on the east side of the highway and the state is to deed 
to the Stonefields a rectangular tract containing two acres situate in the 
SE corner of Lot 1, Section 34, T. 16 S., R..12 W., W. M. The Commission ap- 
proved such exchange of properties. 


Purchase from Eugene 0. Hayward, Astoria, of a small area located 
adjacent to the Oregon Coast Highway at Heceta Head:- The Parks Superintend- 
ent advised that, as instructed by the Commission at the previous meeting, Mr. 
Hayward has again been contacted relative to the purchase of this property and 
feels that he cannot sell his property for less than $800, which is the amount 
of his previous offer. The Assistant Attorney advised that he inspected this 
property and it is his opinion that the Commission is justified in paying as 
much as $2,500, if necessary. He strongly recommended settlement with lr. 
Hayward for $800. The Parks Superintendent concurred therein. The Commission 
approved the recommendation by unanimous vote. 


A delegation from Roseburg, representing the Roseburg Chamber of 
Commerce, and consisting of W. C. Harding, Secretary, A. C. Marsters, County 
Judge Morris C. Bowker, and Senator €. W. Clark, was present and conferred 
with the Commission relative to the following highway matters. Mr. Harding 
headed the group. They urged the early improvement of the Roseburg-Shady 
Point Section of the Pacific Highway and were informed that the Commission ex- 
pects to receive bids for this project at its meeting which is scheduled to 
be held in May. 


They also asked for the improvement of another section of the North 
Umpqua Highway extending about 1} miles east of the Mud Hollow Section, for 
which bids are to be received on the following day, and advised that Douglas 
County would acquire the right of way that may be needed for such project. 
Chairman Cabell explained the condition of the Commission's finances and ad- i 
vised that the Commission will be pleased to consider this project in the 
formulation of its construction program for 1940 federal aid secondary high- 
way funds, although no definite promises or commitments can be made thereto at 
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previous meeting, he has again contacted the Crown Willamette Company relative 
to the acquisition of this area and the company has agreed to reduce its price 
to $2,130 under the condition that it will be allowed to cut the trees on cer- 
tain portions. This amount, he says, is $1,620 less than the price previously 
demanded and, as before, is based on timber stumpage. After considerable dis- 
cussion Chairman Cabell gave as his thought that the price is satisfactory but 
that the records should show how it was arrived at. Commissioners Aldrich and 
Clough concurred and it was thereupon decided to defer final action until the 
next meeting, when the breakdown in the price is to be discussed. 


Naming of a state park in honor of Mr. H. B. Van Duzer, former chair- 
man of the State Highway Commission:- The State Parks Superintendent advised 
that he has consulted with Mr. Van Duzer relative to the naming of a state 
park in his honor, and, while Mr. Van Duzer was very reluctant to have this 
done, he finally consented and indicated that he would be much pleased and sat- 
isfied if his name were given to the timber strips along the Salmon River High- 
way. The Commission thereupon, by unanimous vote, approved the naming of such 
tracts "Henry B. Van Duzer Forest Corridor". 


Request of State Forester to maintain a fireguard station with build- 
ings within the limits of the Salmon River Highway timber strips:- The Parks 
Superintendent advised that the State Forester needs about 1.8 acres on which 
to maintain such fireguard station. The buildings to be erected, he said, 
would be of pleasing architecture and would be placed as far as possible away 
from the traveled portion of the road. It was his thought that the mainten~ 
ance of a fireguard at this location would be a fine thing from the fire pro- 
tection standpoint and he recommended that the request be approved. The Com- 
mission approved the recommendation unanimously, subject to the condition that 
the State Forester will construct buildings that meet with the Commission's ap- 
proval and will maintain the premises in a satisfactory cundition at its own 
cost and expense. 


Request of Mrs. Vern Van Dyke to maintain a cabin in Casey State 
Park adjacent to the Crater Lake Highway, in Jackson County:- The Parks Su- 
perintendent advised that, as previously instructed by the Commission, he in- 
terviewed Mrs. Van Dyke relative to the purchase of her cabin, which is lo- 
cated in the state park, but Mrs. Van Dyke will not consider 4 price at all; 
in fact, she insists upon being allowed the use of the park for her private 
purposes. Furthermore, she has plans for the construction of a fence to en- 
close the portion of the park that she is now occupying. He requested in- 
structions, in view of the Commission's order that she vacate the premises by 
June 1, 1939. The Commission deferred its decision wntil a future meeting. 


Purchase of property owned by Hammond Lumber Company at Nehalem 
Sandspit, in Tillamook County:- The Parks Superintendent advised that the 
Hammond Lumber Company has agreed to accept the sum of $250 for this property, 
which consists of some 65.5 acres, described as all of Government Lots 5 and 
6, of Section 33, T. 3 N., R. 10 W., W. M., Tillamook County, including all 
tide lands fronting or abutting on said government lots; Lot 6 of Section 4, 
T. 2N., Re 1OW., W. M.; and that portion of Lot 1 in Section 5, T. 2N., R. 
10 W., W. M., that is owned by the company. The company has agreed to accept 


6 1939 


Mr. Millard Holbrook, Portiand, came before the Commission in regard 
to a drainage problem on his dairy, which is located adjacent to the Lower Co- 
lumbia River Highway, near Scappoose. It aprears that when this highway was 
reconstructed a number of years ago it was built on new alignment across the 
Holbrook property and as part consideration for the right of way the state 
agreed to construct a small bridge over swampy ground so that stock could be 
driven from one pasture to another without using the highway. Further, that 
such bridge was constructed from timber salvaged from an old bridge but has 
now deteriorated to such an extent that it is no longer usable by cattle and 
as & consequence they have to be driven along the highway for a distance of 
about one-eighth of a mile, which creates a considerable hazard to highway 
traffic and is likewise dangerous for the cattle. Mr. Holbrook sugzested 
that the logical thing to do is to replace the old bridge with a fill and 
agreed to see that that is done if the State Highway Commission will loan a 
truck to haul the material. 


: The Engineer gave as his thought that the suggestion offered by Mr. 
Holbrook for the solution of this problem is proper, but questioned the ad- 
visability of the state cooperating in the work, because of the previous set- 
tlement of the matter, which was apparently satisfactory to all concerned when 
it was made. He pointed out that it is contrary to the Commission's estab- 
lished policy to reopen cases of this kind that have been closed for such a 
long time. ; 


The Attorney gave as his opinion that if the construction of the 
fill will eliminate the hazard created by cattle being driven on this heavily 
traveled highway for such a long distance, the Commission would be justified 
in cooperating in the project, regardless of the previous settlement. After 
considerable discussion Chairman Cabell stated that he would inspect the premi- 
ses in the near future without making any commitments whatsoever as to whether 
oF not the state would cooperate as requested. He added that this is simply a 
question of reopening 4& case that has once been satisfactorily settled, which 
th: Commission is reluctant to do. 


County Judge Guy Boyington, Clatsop County, came before the Commis- 
sion relative to the selection of a site for the proposed new Columbia River 
ferry at Astoria. He was informed that the 8th Street site, which was pre- 
viously suggestec by the Clatsop County Court, has been inspected and does not 
appear to be satisfactory; but the site at the foot of 17th Street, which has 
also been inspected, will meet the requirements very nicely. Judge Boyington 
advised that, as far as the County Court is concerned, the 17th Street site 
would be satisfactory, although it might be objectionable from the city's 
standpoint because it would necessitate the operation of the ferry boats 
through the Astoria regatta grounds. The County Court suggested the 8th Street 
site, he said, simply because it would not interfere with the regatta activi- 
ties; but if such location does not meet the state's requirements, then of 
course some other site will have to be found. He further advised that the 
County Court has received two offers to purchase county-owned property at the 
foot of 17th Street, but has deferred acceptance of either because it wants 
the state to have the first refusal of the same. He suggested, in view of 
the fact that the 17th Street site is within the city's recreational center, 
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this tine. Further, that, even if the project is approved for such program, 
it probably will not be possible to contract the work until this fell or this 
winter, at the carliest. 


Mr. Harding then extended to the Commission and its staff an invite~ 
tion to be the guests of the Roseburg Chamber of Commerce for luncheon or din- 
ner some time in the near future that would suit the convenience of the Commis- 
sion. The Commission accepted the invitation with thanks and advised that a 
definite appointment would be made later. 


The Commission had under discussion the matter of programming cer- 
tain federal aid funds heretofore tentatively allocated, and the reallocation 
of federal aid secondary highway funds as follows: 


$70,000 of 1939 regular federal aid funds heretofore reserved for a 
project in Portland:- The Commission decided unanimously to use such funds to 
finance an additional project on Sandy Boulevard, Portland, and authorized the 
Engineer to prepare plans and specifications for the same and to advertise the 
project for bids as soon as the plans are ready. 


$55,000 cf 1939 federal aid secondary highway funds heretofore allo~ 
cated to finance a grading project on the county road between Oak Hill and Ve- 
neta, in Lane County:- The v-mmission decided, in view of the fact that the 
construction of this projezc is dependent upon the Government's action rela- 
tive to the construction of the Fern Ridge Dam, which is indefinite at the 
present time, that it would be advisable to reallocate the funds to another 
project, and accordingly approved the transfer of such funds to finance a 
grading and paving project on the North River Road, Salem, particularly the 
Salem-Wheatland Junction Section, which is estimated <o cost $60,°00. It was 
agreed that the Oak Hill-Veneta project should be given preference in the pro- 
gram for 1940 federal aid secondary highway funds. 


$45,000 of 1938 regular federal aid funds heretofore tentatively el- 
located to finance a lighting project on Interstate Avenue, Portland:- The 
Engineer explained the plans for this project in considerable detail and the 
results of conferences with City Commissioner Bean of Portland and officials 
of the Portland General Electric Company, which maintains pole lines along 
this thoroughfare. The Commission approved the Engineer's report and by unani- 
mous vote authorized him to advertise this project for bids to be received at 
the next regular meeting of the Commission. 


$100,000 of accumlated balances in the construction program for 
1938 regular federal aid funds:- The Engineer advised that these funds must 
be obligated and contracted before June or they will be lost to the State of 
Uregon. He suggested that they be allocated to finarce the construction of 
the Picture Rock Pass-Harris Creek Section of the Fremont Highway, in Lake 
County, which is now included in the Commission's approved program for 1939 
federal aid funds, thereby advancing this particular project one year. The 
Commission approved the suggestion by unanimous vote and authorized the Engi- 
neer to work up the plans and specifications for the same s0 that it may be 
advertised for bids to be received not later than the June meeting. 
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Commission is not prepared to make a definite decision with respect to this 
matter today, it will do so a sufficient time in advance of its next regular 
meeting, which is scheduled to be held in the early part of May, so that the 
new rates, if any, can be used in connection with the jobs for which bids 
will be received at such meeting. 


The Engineer then brought up for discussion a controversy between 
sontractor Charles H. Leonard and laborers employed by him on his contract 
with the state for the construction of the Brooks-—Jordan Creek Section of the 
Wilson River Highway, in Tillamook County. At his request the Attorney ex- 
plained the results of a conference on the previous day with Mr. Leonard and 
officials of the contractors' association as to whether or not this case, 
which was decided adversely to the contractor by the trial judge, should be 
appealed to the Supreme Court. The Attorney advised that the contractor has 
carried the burden of this controversy from its inception and feels inclined 
to settle with the laborers for the amount of the judgment rendered, which is 4 
$1,600; but, if the Highway Commission prefers that the case be appealed, then 
he is willing to cooperate to a certain extent. 


He gave as his thought that the State Highway Commission is suffi- 
ciently interested to contribute state funds to pay the cost of this appeal 
in view of the fact that the trial judge's decision is bound to affect future 
highway contracts. The cost of the appeal, he said, would be approximately 
$1,500, of which amount $1,000 represents the cost of preparing the transcript 
of testimony, and the balance, miscellaneous expense, including expense of at- 
torneys. He advised that the contractors’ association and the contractor have 
indicated a willingness to assume the payment of $500 of the total involved 
if the state will assume the balance, and re: ommended approval of such ar- 
rangement, particularly in view of the state's interest and the fact that it 
appeared to him unfair to ask the contractor to assume the entire expense of 
the appeal inasmuch as he has already paid out considerable money in connec- 
tion with this case. 


Mr. Arenz confirmed the statements made by the Attorney by stating 
that both the contractors' association and the contractor will agree to co- 
operate as outlined and the Associated General Contractors will provide an at- 
torney to assist. After discussion the Commission approved such arrangement 
by unanimous vote. 


The Commission adjourned at 12:00 o'clock noon and reconvened at 
1:30 o'clock p. m. in the same room with the same persons present and partici- 
pating. 


The Engineer requested authority for Harold B. Say, Director of the oe ay 

Travel and Information Department, to make a trip into the State of California 
for the purpose of contacting newspapers, auto clubs, and travel bureaus and 

their branches, relative to the use of the highway department's travel liter- 

ature and displey material. He gave as his thought that Mr. Say would be out 

of Oregon for about two weeks and that his expense would amount to about $100. 

The Commission approved the request by unanimous vote, subject to further ap- 

proval by Governor Sprague. 2. 
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that the State Highway Commission should start the proceedings by asking the 
county to deed the needed property at this location to the state, and the 
County Court in turn would confer with the city authorities relative thereto. 
This request, he added, (which should be in the form of a letter) should also 
state specifically that the proposed location at the foot of 8th Street will 
not meet the state's requirements for a ferry dock. After discussion the 
Commission approved Judge Boyington's suggestion and referred the matter to 
the Attorney for further handling. 


Judge Boyington also inquired relative to the oiling of the Jewell- 
Mist Section of the Nehalem Secondary Highway and was informed that the Com- 
mission expects to advertise this project for bids to be received this fall. 
However, indications are that the $70,000 that has been budgeted for this work 
will not finance more than the section between Jewell and Birkenfeld. Judge 
Boyington gave as his thought that it would cost the state considerably more 
to have rock manufactured during the winter season because of the nature of 
the material to be handled; at least, he said, that is the county's experience 
in this district. He suggested, in view thereof, that the contract for this 
material be awarded early enough so that the rock can be stockpiled before the 
winter season begins. The Commission, after discussion, referred this matter 
to the Engineer for investigation and report. 


A delegation, consisting of Messrs. A. B. Harr, Theo. Arenz, G. E, 
Kibbe, and H. A. Dick, representing the Portland Chapter of the Associated 
General Contractors of America, and Mr. E. A. Densmore, Secretary of the Al- 
lied Heavy Construction and Highway Crafts Union, appeared before the Commis- 
sion relative to the adoption of individual wage scales for the different 
classes of labor employed on highway contract work. Mr. Harr headed the group. 
He asked the Commission to adopt the wage scale listed in the agreement be- 
tween the American Federation of Labor Unions and certain highway contractors 
who are members of the contractors' association, so as to make it compulsory 
for all of the contractors bidding on state highway work to prepare their bids 
on the same basis in that regard. 


Chairman Cabell stated that he personally is reluctant to include 
in the highway specifications clauses specifying specific wage rates for each 
class of employment because there is a question whether or not it would be to 
the best interests of the public as a general policy. He favored, rather, the 
present method of specifying minimum rates of pay for three classes of labor; 
viz., common, intermediate, and skilled. He also favored the settling of la~ 
bor disputes by the collective bargaining method. He inquired whether or not 
the continuance of the present method of specifying minimum rates for such 
three classes of labor would be acceptable if the minimum rate for each were 
raised to comvare favorably with the wages that are now being paid by most of 
the contractors. 


Mr. Arenz gave as his opinion that such method would solve their 
greatest difficulty, which is the minimum wage paid common labor. He sug- 
gested a minimum rate of 624¢ per hour for such class of labor; 75¢ per hour 
for intermediate labor; and 1.25 per hour for skilled labor. 


After further discussion Chairman Cabell advised that, while the 
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A delegation from Portland, representing the Hawthorne Commercial 
Club, came before the Commission and asked that Hawthorne Avenue be designated 
as a state highway route. The delegation consisted of the following members: 
J. A. Bradt, C. C. Hutchison, County Commissioner 0. V. Badley, Carl Lowe, L. 
H. Sammons, Nick Corlisho, and L. M. Lepper, Director of the Eastside Commer- 
cial Club. They pointed out that this street is now one of the city's main 
thoroughfares, but it dead-ends at East 60th Street, and that their idea would 
be for it to be designated as a state highway route to approximately East 50th 
Street, then extend as such in a southeasterly direction to the intersection 
of Southeast 82nd Street and Powell Boulevard, both of which are now designat- 
ed state routes. 


Chairman Cabell pointed out that the State Highway Commission now 
has before it for consideration a large program of projects within the city of 
Portland, some of which are now under way. It was his thought that the pres- 
ent progrem should be brought nearer to completion before consideration is 
given to new projects; otherwise, it would not be possible to complete any of 
them within a reasonable length of time. The Hawthorne Avenue project, he 
said, is undoubtedly a meritorious one but, under the circumstances, the Com- 
mission does not feel that it should be given serious consideration at this 
time. It was his thought that the improvement is more of a city concern than 
of a state concern. Commissioners Aldrich and Clough concurred in Chairman 
Cabeli's remarks. 


A delegation from Harney County, consisting of Commty Judge Nelson 
B. Higgs, Senator Robert M. Duncan, George Beers, Federal Agent for the Taylor 
Grating Act, Lew Miller, C. J. Girts, and H. C. Sauter, all of Burns, came be- 
fore the Commission relative to the securing of a secondary state highway be- 
tween Burns and the 1.0.N. Secondary Highway, near Rome. Judge Higgs headed 
the group. It appears that, under the provisions of the Taylor Grazing Act, 
certain federal funds are available for road construction purposes and it is 
proposed to construct a road between Rome and Crane, using such funds along 
with certain state aid, to finance the work. Further, that the proposed road 
is to follow the location survey heretofore made by the State Highway Depart- 
ment for a road between these points. They advised that a C.C.C. camp has 
been established in this vicinity and that the men from this camp will be 
available to perform construction o erations, but they would like to have the 
State Highway Commission cooverate in the project by furnishing culvert pipe, 
powder, and certain equipment consisting of a caterpillar tractor and grader. 


Mr. Beers stated that the district served by this road is in the 
Taylor Grazing Act area and that the road would be administrative in character, 
which would permit government funds to be used for construction of the same. 
He also stated that there is urgent need for an early decision by the Commis- 
sion because it is essential that the road be constructed at once so as to be 
available for use by June 1. He further stated that the road would be con- 
structed on the location adopted by the State Highway Commission for 4 con- 
necting state highway between the I1.0.N. Highway and Crane and that they would 
grade the road to the state's vrofile grade line in so far as possible, al- 
though there are a few points that would have to be worked over when the state 
took over the project; however, all of the work that they propose to do could 
be used to good advantage when the standard road is constructed by the state. 
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The Engineer reported on the investigations made of the complaints 
of Mr. Will L. Grigsly, Newport, and Ce Lesta Knowles, Seal Rock, with refer- 
ence to the removal of agate-bearing gravel from the Oregoh beaches, with par- 
ticular reference to the removal of such material from the beach in the vicin- 
ity of Newport. He said investigation reveals that there are @ number of com- 
mercial aggregate plants located in this vicinity, which are amply and ade- 
quately able to take care of ordinary needs for such material, in view of 
which he recommended that the taking of gravel from the beach be prohibited 
and that appropriate signs to that effect be erected. The Commission ap- 
proved the recommendation unanimously. 


In the discussion of this matter, the Assistant State Highway Ingi- 
neer pointed out that Contractors Kern & Kibbe, Portland, who have a contract 
* > jetty construction et Newport, have been securing materials from the 

each for such work. He was instructed by the Commission to ascertain wheth- 
er or not materials suitable for such work are obtainable from other sources 
and if such investigation reveals that there are other sources of materials, 
then Kern @ Kibbe are to be ordered to discontinue the taking of materials 
from the beach area. If, on the other hand, investigation reveals that suit- 
able materials cannot be secured elsewhere at reasonable expense, then Kern & 
Kibbe are to be allowed to continue the taking of materials from the beach as 
in the past. 


The Engineer brought up for discussion the matter of constructing 
asphaltic arrows within the parting strips on four-lane pavements. He ad- 
vised that the strips that have been tried out for some time past on McLough- 
lin Boulevard, between Portland and Milwaukie, have proved very successful 
and are a rreat aid in keeping traffic on the proper side of the road. It 
was his thought, in view of the success of this experiment, that similar ar- 
rows should be installed in the parting strip on all four-lane pavements, and 
requested authority to do this. He estimated the cost at $310 per mile, or a 
total of approximately %9,641 for the 31.1 miles of four-lane pavement now 
constructed. The Commission approved the request by unanimous vote. 


The Commission had under discussion a commmication from the County 
Court of Marion County in which the Commission was asked to negotiate, in be- 
half of the county, for right of way as may be needed in connection with the 
reconstruction of the North River Road, Salem, which work is to be done by 
the state in the near future as a federal aid secondary highway project; also, 
in which the County Court authorized reimbursement to the state for sums ad~ 
vanced for this purpose from Marion County's share of the state gasoline and 
motor vehicle funds for the year 1940. The Attorney advised that all of the 
right of way agents are busily engaged on other assignments and it would not 
be possible for him to reassign any of these men without handicapping the work 
of acquiring right of way for strictly state jobs. In view of the Attorney's 
report and for the further reason that ‘he granting of the request would es- 
tablish an undesirable precedent, the Commission decided that it would be to 
the best imterests of all concerned if the county would purchase its own right 
of wey. The Attorney was instructed to convey such information to the County 
Court. 
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Crabtree corner and Scio. He alleged that this is a very important road to 
Linn County and carries a large volume of traffic, much of which is logging 
traffic that creates an unbearable dust condition which they would like reme- 
died by construction of an oiled surface. He was informed that the Commission 
does not have funds available to finance this work this year because of allo- 
cations to other projects in Linn County, but the Commission will bear it in 
mind and will inspect the road the next time it is in that vicinity. 


A delegation from Brookings, Curry County, headed by Mr. W. L. Cris- 
sey, was present in the interests of the reconstruction of the Oregon Coast 
Highway on permanent alignment through this tow. Others in the delegation 
were James Harris, Elmer Bankus, Wilson Freeman, Ed. W. Miller, Manager of the 
Oregon Coast Highway Association, and C. P. Keyser, Superintendent of the 
City Parks, Portland. Mr. Miller presented the principal arguments. 


They were informed by Chairman Cabell that the Commission is famil- 
jar with this project but has not been able to undertake it because of the 
shortage of funds with which to finance the work. He further advised that it 
does not seem possible now for the Commission to contract the work this year 
but it will be considered when the program for the 1940 fiscal year funds is 
arranged. He added, if the Commission is of the opinion at that time that 
this is a priority project, it will be placed on the program for construction 
next year, but that is about all the encouragement the Commission can give now. 


Mr. Crissey then asked the Commission for the oiling of the road 
which leads from the Oregon Coast Highway to Azalea State Park, at Brookings. 
He said that they expect to dedicate this park with appropriate ceremonies on 
May 20 this year and would like, in the meantime, to secure the oiling of the 
road so that visitors to the park will not be discommoded by clouds of dust. 
He pointed out that most of the right of way for this road was presented to 
the state as a gift and that the road has been graded at no cost to the state, 
and gave as his thought that, because of such contributions, the state should 
surface and oil the road at state expense. Mr. Harris urged the improvement 
from the standpoint of the bus company, which, he said, has authorized its bus 
drivers to make a side trip into the state park during the time that the aza- 
leas are in bloom, for the benefit of its Patrons. 


Mr. Freeman stated that he has two or three trucks that he will loan 
for use in connection with this project, and that Curry County has two trucks 
which it will place on the work, and that drivers will be furnished with all 
of them, if the Commission will approve the project. 


Mr. Keyser urged the project from the tourist standpoint. Azalea 
State Park, he said, is a tourist mecca, and, in his estimation, publicity con- 
cerning it should be stressed to the utmost. Chairman Cabell advised that the 
Commission is not in a position at the present time to make @ definite commit- 
ment with respect to this project but will have it investigated as to cost, et 
cetera, and will make its decision as soon as possible. The Engineer was 
thereupon instructed to make such investigation and report to the Commission 
at the special meeting which is to be held in Salem sometime during the week 
of April 17, 1939. 
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Chairman Cabell pointed out that this proposed road is not on the 
state highway system either as a primary or secondary state highway, so the 
Commission is precluded from spending state money to construct the same vatil 
the road has been so designated. It was his thought that the road would prop- 
erly be a secondary state highway, in which case the county courts of Harney 
and Malheur Counties would have to initiate the project by making 4 formal ap- 
plication for its designation as such. 


after considerable discussion, the Commission indicated a willing- 
ness to cooperate in the building of this road by furnishing of culvert pipe, 
powier, and engineering service, but deferred a definite decision in regard 
thereto until its next meeting. The Engineer was instructed to investigate 
the project in the meantime and ascertain just what is needed and the costs 
involved, and to report his findings at the next meeting. 


Judge Higgs stated that the Harney County Court would make formal 
application for the designation of Harney County's end of this road as a state 
secondary highway and that they would take up with Malheur County Court the 
matter of requesting such designation for the portion of the road within the 
borders of that county. 


Judge Higgs then inquired as to the plans of the Commission for the 
completion of the oiling of the Central Oregon Highway east of Buchanan. He 
was informed that the Commission has tentatively allocated $145,000 of regu- 
lar federal aid funds for the oiling of the section between Juntura and Stink- 
ingwater Creek but it does not appear likely that the contract for the work 
can be awarded until late this fall or this winter because the Commission 
wants to complete its program for the 1939 funds before it starts on a new 
program, there being insufficient funds to match the federal funds for both 
fiscal years. 


Commissioner Aldrich brought up for discussion the matter of desig- 
nating a location for the William Hanley oasis. He suggested that the C.C.C. 
Camp located adjacent to the Fremont Highway at Alkali Lake might meet the re- 
quirements. The members of the delegation endorsed this site unanimously. It 
was also approved by the State Highway Commission. 


Judge Higgs then asked for better maintenance work on the Diamond 
Valley Secondary Highway and on the Frenchglen Secondary Highway so 4s to make 
these roads passable the year round. The Engineer advised that these roads 
are now being maintained in the best possible manner under existing conditions 
and that what is really needed is reconstruction of the roads. Judge Higgs 
pointed out that a portion of the Frenchglen Secondary Highway is subject to 
flood at certain seasons of the year and requested that this condition be rem- 
edied. Such project, he said, would be the county's first choice for second- 
ary highway improvements. The Commission took no definite action on this re- 
quest other than to state that the project would be kept in mind for future 
consideration. 


Representative Harry R. Wiley, Albany, came before the Commission 
and requested the improvement of the Albany-Lyons Secondary Highway between 
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"Jericho Lane-Bloucher Section of the Hood River Secondary High- 
wey, in Hood River County. 1.57 miles grading and 2.6 miles surfac- 
ing and oiling; also furnish 2,000 cu, yds. crushed rock in stock 
piles. 6 bids were received for this project, the low one being that 
submitted by E. C. Hall Company, Eugene, at $39,926.50. The second 
low bid was submitted by A. S. Wallace, Roseburg, at $43,326.50. The 
Commission has awarded the contract to the low bidder, E. C. Hall 
Company, at its bid of $39,926.50. : 


"Poe Valley Section of the Bonanza-Malin County Road, in Klamath 
County. 2.99 miles grading and surfacing. Only 2 bids were submit- 
ted for this project, the low one being that of E. L. Rigdon, Barlow, 
at $20,235.00, and the other being that of Clifford A. Dunn, Klamath 
Falls, at $24,562.50. The Commission has awarded the contract to E. 
L. Rigdon at his low bid of 920,235.00. 


"Rast Unit, Rhea Creek-Heppner Section of the Wasco-Heppner Sec- 
ondary Highway, in Morrow County. 5.8 miles grading, surfacing and 
oiling; also, furnish 2,000 cu. ‘yds. crushed rock in stock pile. 
Saxton, Looney & Risley, Oak Grove, submitted the low bid for this 
project at $58,801.0u. Warren Northwest, Inc., Portland, submitted 
the second low bid at $59,550.00. There were 5 higher bidders. The 
Commission has awarded the contract to Saxton, Looney & Risley at 
their low bid of $58,801.00. 


"Falls City-Fern Corner Section of the Falls City County Road, 
in Polk County. 4.4 miles surfacing and oiling. 3 bids as follows 
were submitted on this project: Warren Northwest, Inc., Portland, 
low, at $29,115.50, based on the use of tar but no bid based on the 
use of road oil; J. C. Compton, Saxton, Looney & Risley, McMinnville, 
second low, with a bid of $29,510.00, based on the use of tar and no 
bid based on the use of road oil; R. 0. Dail & Warren Bros., Inc., 
Portland, were the other bidders with a bid of $29,696.00, based on 
the use of road oil and $29,618.00, based on the use of tar. The 
Commission has awarded the contract to Warren Northwest, Inc., at 
its low bid of $29,115.50, based on the use of tar." 


Building at Salem: 


"Building No. 5786, formerly owned by E. A. Jackson. 2 bids 
were received for this building, the high one being that submitted 
by Arthur S. Washburn, Salem, at $550.00. The other bid was submit- 
ted by W. H. Grabenhorst & Company, Salem, at $205.00. The Commis- 
sion considers the offer of Arthur S. Washburn satisfactory and ac- 
cordingly has sold the building to him at his bid of $550.00." 


A delegation from Astoria, headed by Mr. James 0. Convill, City Mana- 
ger, conferred with the Commission relative to the construction of the pro- 
posed Astor Street revision of the Oregon Coast Highway in Astoria. Other 
members of the delegetion were: Otto Owen, Art Hilderbrand, Anton Sorenson, 
all city commissioners of Astoria; S. J. Halsan, J. C. Wright, A. S. Dempsie 
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Mr. Miller extended to the Commission and ite staff an invitation to 
attend the semi-annual meeting of the Oregon Coast Highway Association which 
is to be held in Gold Beach on Sunday and Monday, April 23 and 24, 1939. The 
Commission accepted the invitation with thanks. 


Messrs. Frank Seal, M. E. Kelley, and Dr. L. R. Pugh, representing 
the city of Port Orford, appeared before the Commission relative to a proposed 
road extending down the Illinois River from its crossing of the Redwood High- 
way, at Selma, to the town of Agness, at the confluence of the Illinois River 
and the Rogue River, thence to a connection with the Oregon Coast Highway. Mr. 
Seal headed the group. He advised that the United States Forest Service has 
already partially constructed a road between these points but they would like 
the survey of the unconstructed portion checked by the State Highway Depart- 
ment so as to make certain that it meets the state's requirements, inasmuch 
as they predict that this will be an important road on the state highway sys~- 
tem at some future cate. He presented a resolution from the County Court of 
Josephine County and 4 letter from the Grants Pass Chamber of Commerce, endors- 


ing the project and his request. 


Chairman Cabell explained that the Commission's first obligation in 
this district is to rebuild the Oregon Coast Highway; also, that the making of 
the survey requested would be a very costly undertaking because of the rough 
terrain through which it would extend. He gave as his thought that it would 
be much better to let the United States Forest Service continue with its im- 
provements to completion and to let the state stay out of the picture until 
traffic develops. Commissioners Aldrich and Clough concurred in these remarks 
which concluded the conference. 


At 3:30 o'clock p. m. Chairman Cabell announced the following awards 
of contracts and the sale of the building at Salem, for which bids were re- 
ceived at the morning session, such awerds having been previously approved by 
the Commission by unanimous vote: 


"Zagle Creek-Wade Corner Section of the Eagle Creek-Firwood 
County Road, in Clackamas County. 2.71 miles grading and 3.02 miles 
surfacing and oiling. 4 bids were received for this project, the 
low one being that of Fisher Bros., Oregon City, at $38,379.00. based 
on the use of road oil. They did not submit a bid based on the use 
of tar. R. 0. Dail & Warren Bros., Inc., Portland, submitted the 
second low bid of $49,671.50, based on the use of tar, with no bid 
based on the use of road oil. C. J. Eldon, Portland, submitted the 
third low bid of $52,625.50, based on the use of road oil and 
$52,581.50, based on the use of tar. The Commission has awarded the 
contract to Fisher Bros. at their low bid of $38,379.00, based on 
the use of road oil. 


"Bunker Hill Section of the Oregon Coast Highway, in Coos Coun- 
ty. 1.16 miles grading and paving. Roy L. Houck, Salem, submitted 
the low bid for this project at $108,466.50. Jacobsen-Jensen Com- 
pany, Portland, submitted the next low bid at $110,879.50- There 
were 5 higher bidders. The Commission has awarded the contract to 
the low bidder, Roy L. Houck, at his bid of $108,466.50. 
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Chairman Cabell explained the condition of the Commission's finances 
and advised that the earliest hope that can be given for this project is in 
the program for the fiscal year 1940 funds which the Commission hopes to place 
under contract sometime this fall or winter. He further advised that the Com- 
mission is sympathetic to the project but it is simply 4 question of funds, 
and, while the Commission will consider it in the 1940 program, it is not mak- 
ing any definite commitment or promises in regard thereto at the present time. 


A delegation from Rainier, representing the Rainier Commercial Club 
and consisting of E. E. Rosebraugh and W. E. Proctor of Rainier, J. D. Perry 
of Deer Island, and Roy C. Avrit of Prescott, came before the Commission and 
urged the improvement of the Lower Columbia River Highway between Prescott 
and Rainier, particularly the Little Jack Falls Section. They suggested that 
it would be advantageous to start any further improvements on this highway 
at the Prescott end rather than at St. Helens, and work toward St. Helens. 


Chairman Cabell explained the condition of the Commission's finances 
and advised that, while the Commission appreciates the necessity and desira- 
bility of the improvement of the highway in the vicinity of Little Jack Falls, 
it believes its first obligation is to provide a modern road between Portland 
and St. Helens because of the heavy volume of traffic between these places. 


Messrs. C. D. Long, representing the Klamath Falls Building Trades 
Council, and John O'Neil, representing the Structural Iron Workers Union, Port- 
land, came before the Commission relative to the adoption of standard wage 
rates for labor employed on state highway construction work. Mr. Long urged 
the Commission to adopt the wage schedule provided in the agreement between 
the American Federation of Labor Union and the Portland Branch of the Associat- 
ed General Contractors of America, except that, where such rates are lower 
than the minimum now specified by the Commission in its contracts, the ninimun 
rates specified by the Commission for such labor should be maintained. 


Chairman Cabell advised that the Commission has not yet made a de- 
cision in regard to this matter but expects to do so within the near future; 
in fact, the matter will be decided so that the new rates, if any are adopted, 
will be inserted in the specifications for the work on which the Commission 
expects to receive bids at its next regular meeting in May. 


Mr. Howard Merriam, President of the Oregon Pacific Highway Associa- 
tion, headed a delegation consisting of C. H. Demeray of Grants Pass; Paul 
Rynning, County Engineer of Jackson County; A. C. Marsters, Roseburg; and Carl 
Rynearson, Eugene, which appeared before the Commission as a matter of courtesy 
to thank the Commission for the improvements heretofore made on the Pacific 
Highway. Mr. Demeray asked particularly concerning the Commission's plans for 
the improvement of the Pacific Highway just south of Grants Pass. He stated 
that the deferment of this project by the Commission is handicapping the devel- 
opment of property in this district and urged the Commission to include it 
in its 1940 construction program. Chairman Cabell advised that, while the Com- 
mission cannot make any definite promises at the present time as to the 1940 
program, the project referred to will be considered in the formulation of such 


program. 
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and Tom Cunning, representing the Astoria Chamber of Commerce. The dele gation 
urged the Commission tonconstruct the Astor Street revision, particularly the 
westerly end thereof so as to eliminate the Bond Street Hill section of the 
present route and to facilitate the development. of private property that is 


affected by this change. 


Chairman Cabell explained the condition of the Commission's finances 
which precludes the construction of this project this year. The Commission is 
endeavoring, he said, to complete the programs for the 1938 and 1939 federal 
aid moneys, of which no sum has been allocated to the Astor Street improvement, 
and does not contemplate the formulation of a program for the 1940 moneys un~ 
til the other programs have been disposed of because there are not sufficient 
state funds available to match all of the federal moneys. The best hope the 
Commission can offer for this project, he added, is consideration in the 1940 
program, but no promise with respect thereto can be made at this time. 


Wr. Convill then urged the Commission to acquire the balance of the 
right of way for tie project, stating that the property owners cannot develop 
their waterfront heJ2ings until they know how much land the state intends to 
take for right of way and the limits defined. It was his thought that this 
right of way can be acquired now at considerably less expense than later on. 
He was informed by Chairman Cabell that the acquisition of right of way is de- 
pendent on cost and that the Commission does not consider it a good practice 
to acquire it too far in advance of construction. However, the Commission 


will have the matter investigated. 


Mr. Convill also asked the Commission to build a temporary road on 
permanent alignment so as to allow the Columbia River Packers Association ac- 
cess to its cannery on Astor Street. He presented a letter from Mr. W. L. 
Thompson, Chairman of the Association, urgently requesting such improvement. 
The Commission referred this matter to the Engineer for investigation and re- 
port at its next meeting. The Attorney was instructed to render a report on 
the right of way situation at the same meeting. - 


E. Eakin, Cleo Morelock, L. J. Mc- 
esenting the South Lane-North 
came before the Commission and 


A delegation consisting of Harold 
Coy, Vinal T. Randall and C. S. Roberts, repr 


Douglas 99 Highway Improvement Association, 
urged the improvement of the Pacific Highway between Creswell and Drain end 


particularly the construction of the proposed revision through the town of 

Cottage Grove. They advised that the development of private property along 
the new location in Cottage Grove cannot proceed until the proposed improve- 
ment is made, and urged the Commission to give the project consideration for 


early construction. 


in support of their oral re- 
Cottage Grove Chamber of Commerce, the South Lane- 
t Association, and the City of Cottage Grove 
500 members of the association who are par~ 
improvement of the Pacific Highway between 


Mr. Eakin filed with the Commission, 
quest, resolutions from the 
North Douglas 99 Highway Improvemen 
and a petition signed by more than 
ticularly desirous for the immediate 
Creswell and Drain. 


subject and is not in 4 position today to make a definite decision. 


A delegation from Tigard, consisting of people who favor the adop- 
tion of the northern route for this highway, also appeared before the Commis- 
sion at this time. This delegation was headed by Mr. Tom Tongue, Attorney» 
Hillsboro, and included A. R. Ritter, Leo Gray, Frank J. Twiss;'H. P. Vermilye, 
A. P. Talent, Mr. and Mrs. F. E. Bolich, Peter Potwin, Dan Berdar, W. M. Evans, 
Emil A. Johnson,'C. L. Chilson, C. A. Dormally, Leonard Gamrath, W. I. Lacey, 
and Albert Hoffarber. Mr. Tongue was spokesman for the group and reiterated 
arguments for the group in behalf of this route. 


He particularly mentioned that people who are interested in the nor- 
thern route have created values which they are trying to preserve, whereas 
people who are interested in the southern route do not have such values and 
are attempting to have these values created for them by the State Highway Com- 
mission. He alleged that most of the people who appeared in favor of the 
southern route have their business interests in Portland and merely reside in 
the town of Tigard as a matter of convenience because they have property there 
that they want to dispose of. 


Chairman Cabell concluded the ‘hearing by stating that the Commission 
regrets that the decision in this matter has been delayed so long, but, he ex- 
plained, the Commission wants to be sure that the route that it selects is ab- 
solutely correct before adopting it, which takes time and careful study. He 
added that the question will be settled as quickly as possible and indications 
are that it will be a matter of weeks only, rather than months, before a de- 
cision is made. 


Mr. Cecil Armitage, Midway, headed a delegation consisting of Julius 
Christenson, Frank 0. Nelson, and Fred A. Nelson, of Midway, and Carl Russell 
of Hillsboro, which urged the Commission to oil the Scholls-Campbell's Bridge 
Section of the Hillsboro-Woodburn Secondary State Highway in Washington County. 
They asked the Commission for any kind of oil treatment that would allay the 
dust nuisance that now obtains during the dry season, and advised that this 
section is only about 5 miles in length and that the oiling of the same will 
provide them an oiled-surface road the entire distance into Hillsboro. 


Chairman Cabell advised that it is the desire of the Commission to 
complete such gaps in state highways as soon 4s funds will permit and in this 
particular instamce the Commission will instruct the Ingineer to investigate 
the project and report to the Commission at its next regular meeting in May as 
to the probable cost to apply a light oil treatment. He added that if this re- 
port is favorable, the Commission may order the work done, although no definite 
commitment or promise can be made at this time. 


Mr. Christenson then inquired as to whether or not it will be neces- 
sary to realign this highway. He explained that he is interested in securing 
electrical service for use on his farm, and that the Portland General Electric 
Company, which is to furnish such service to him, would like to install its 
poles in the proper location on the permanent highway alignment, regardless of 
when the highway is constructed, so as to avoid the expense of replacing them 
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A delegetion from Tigard, consisting 6f Mrs. Zelda Ploeger, Mr. and 
Mrs. Claude I. Scoffins, Maude Scoffins, J. B. Beckham, John Scheckla, Charles 
V. Wallace, S. P. Harris, Mrs. Julia Lower, Mrs. Carl Riverman, W. 0. Jeffs, 
E. C. Hunziker, Mrs. Thomas Hing, Mr. and Mrs. R. Foresman, and Mr. and iirs. C. 
A. Andersoh, came before the Commission and presented arguments in behalf of 
the adoption of what is known as the southern route for the proposed revision 
of the Pacific Highway West through the town of Tigard. Wr. Scoffins headed 
the group and introduced the speakers. They urged the adoption of the south- 
ern route from the standpoint of cheaper construction, straighter alignment, 
and safety to school children. It was their thought that the right of way for 
the southern route could be obtained much cheaper than that for the northern 
route; also, that the cost of constructing the southern route would be less 
than that for the northern route and that the alignment of such route would be 
much straighter than that of the other. They particularly protested against the 
the adoption of the northern route because it would place the highway in such 
close proximity to their churches and public schools, thus creating a hazard 
for school children who would be required to cross the highway several times 
each day. ' 


Mr. Hunziker spoke in favor of the southern route as a member of 
the school board. He particularly pdinted out the aifficulties in keeping the 
school children off the highway during noontime and recreational periods. 


Mrs. Ploeger said that she has 4 selfish interest in securing the 
adoption of the southern route, but she does not blame “he businessmen of Ti- 
gard for favoring the northern route, although, in her vpinion, their business- 
es will not be burt any more by the adoption of the southern route than they 
would be by the adoption of the other route. She declared that the noise cre- 
ated by traffic passing the public schools would be quite annoying to the pu- 
pils and gave as her thought that their minds would be less distracted from 
their studies if the highway were constructed farther away from the school 
building. She also said that there is a moral side to be considered in the 
question of highway location, which she believed would outweigh the financial 
side. 


Several others spoke in behalf of the southern route, their remarks 
being endorsements of the erguments presented by the other speakers. 


Chairman Cabell outlined the Commission's policy of selecting high- 
way routes, stating that, where the general public is equally or nearly equal- 
ly served by one route as by another but where one route is much more benefi- 
efal to local interests than the other, the Commission is inclined to favor 
the local interests; but, where the general traveling public is greatly incon- 
venienced by one route and local interests are not greatly injured by the 
adoption of the other route, then the Commission is inclined to favor the 
route which is more beneficial to the general public. He added that the ex- 
pressions received from the proponents of both routes in Tigard indicate thet 
most of the people who have existing investments there prefer the northern 
route; and, unless the benefits that the generel traveling public would re- 
ceive by the adoption of the southern route greatly outweigh the business in- 
terests, then it would seem that the Commission should favor the northern 
route. However, the Commission has not yet formulated an opinion on the 
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WILSON RIVER HEGHWAY 
MILLS BRIDGE SECTION 5 
BRIDGE OVER WILSON,RIVER - GRADING, SURFACING, OILING APPROACHES 


Jacobsen-Jensen Company ; ---- # ° 


Mountain States Construction Company a 22 
Dolan Construction Company ee See 
iy og wt Saremal & Malcolm = pity i 
.d. tag & Son “ 
McNutt Bros. — 
C. J. Eldon : 77,281.00 
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HURRICANE CREEK COUNTY ROAD 
SCOTCH CREEK-CASTOR RANCH SECTION 
GRADING, SURFACING, OILING, CRUSHED GRAVEL 


Rogers Construction Company $ 22,731.00 


Chairman Cabell announced that awards of contracts would be made at 3:00 
o'clock p. m. in the same room. 


Mr. George Aiken, Mayor, Ontario, Oregon, came before the Commis- 
sion relative to a proposed shortcut route for the Qld Oregon Trail between 
Ontario and Olds Ferry. The Engineer advised that the reconnaissance survey 
of this section has been made but he wants to personally inspect the project 
on the ground before reporting same to the Commission. He gave as his thought 
that it would be advisable, in view of the scarcity of highway funds, to spend 
the state's money for the completion of the improvements that are planned for 
the present highway before starting on an entirely new project. Mr. Aiken 
concurred. 


Mr. Aiken then inquired as to the Commission's plans for the comple- 
tion of the oiling of the Central Oregon Highway and was informed that the 
Commission has this project in mind and contemplates giving it first consider- 
ation in the formulation of the program for the fiscal year 1940 funds, al- 
though, on account of costs involved, it may not be possible to do all of the 
work under one contract. The prediction was made that the Central Oregon 
Highway will be oiled in its entirety by the fall of 1941. 


The Tillamook County Court, represented by County Judge Harland M. 
Woods and County Commissi-ners E. H. Lindsey and E. G. Anderson, came before 
the Commission relative to the improvement of the Little Nestucca Secondary 
Highway. They were accompanied by Mr. Tom Dolan, President of the Tillamook 
Chamber of Commerce, and Messrs. Jacob Reddicopp, H. B. Hammill, and S. D. 
Hammond, representing the Southern Tillamook County Chamber of Commerce; also 
a Mr. Muscott, a rancher who resides along this road. 


The delegation was informed that the Commission had this matter un- 


der consideration at its previous meeting, at which time the Engineer report- 
ed on the cost to construct this highway to modern standards throughout and 
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at some future time. The Engineer was instructed to investigate this matter 
at the same time that he looks into the oiling project and report his findings 
to the Commission at the May meeting, such investigation to be made in company 
with Mr. Armitage and Mr. Russell. 


The Commission adjourned at 6:00 o'clock p. m., to reconvene at 9:00 
o'clock a. m. on the following day in the same room. ; 
Portland, Oregon, April 7, 1939 
The State Highway Commission reconvened at 9:00 o'clock a. m. in the 
auditorium of the Public Service Building with all Commissioners, the State 
Highway Engineer, the Attorney and the Secretary present. 


Bids as follows on highway construction projects were opened and 
read in conformance with previously published notice: 


CAPE ARAGO SECONDARY HIGHWAY 
CHARLESTON-SUNSET BAY SECTION - GRADING, SURFACING, OILING 


Leonard & Slate $ 36,845.00 
Coos Bay Dredging Company 36,923.25 


NORTH UMPQUA COUNTY ROAD 
DIXONVILLE-MUD HOLLOW SECTION - GRADING, SURFACING, OILING 


Clifford A. Dunn $ 27,870.00 
LITTLE BUTTE SECONDARY HIGHWAY 


BAKER GULCH-LICK CREEK SECTION 
WIDENING, SURFACING, OILING, CRUSHED ROCK 


Clifford A. Dunn $ 27,829.00 
R. I. Stuart & Sons 31,417.00 
Newport Construction Company 34,519.25 


JORDAN VALLEY SECONDARY HIGHWAY 
HOOKER CREEK-JORDAN VALLEY SECTION - GRADING 


M. L. O'Neil & Son $ 21,988,00 
Leonard & Slate 25,848.00 
E. L. Rigdon 26,037.50 
Quinn Robbins, Inc. 29 9352-50 
J. F. Johnston 33,464.50 


TILLAMOOK COUNTY OILING PROJECT 
THREE COUNTY ROADS - GRADING, SURFACING, OILING 


pinctenals Using Tar 
2. Be GR jena se cmcatt Souk ei no MSE tet $ 26,591.20 


Mere Memiieasts Bie. «: 01° liiovs sf a 4 .herorrgae 26,623.50 
Clifford A. Dunn 28,599.50 28, &21.50 
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for this structure but that it would be considered in the program for the 1940 
fiscal year federal aid funds, which program will probably be arranged some 
time this fall or winter. He was also informed that the Commission would in- 
spect this project the next time it is in the vicinity of Tillamook, which 
will probably be soon, but in the meantime the Commission would like to have 
a letter from the Tillamook County Court stating the reasons why a new bridge 
is needed now, the idea being that the Commission would give this matter spec- 
ial consideration in the event a real emergency exists. 


A delegation from Keedsport, consisting of Messrs. William Lovelace, 
William Burdick, and Frank Taylor, came before the Commission in regard to the 
improvement of the Umpqua Highway through Reedsport, particularly the section 
between 12th Street and 15th Street. Mr. Lovelace headed the group. He stat- 
ed that the city is particularly anxious to have this section constructed to 
modern standards as soon as possible and to that end is willing to cooperate 
by constructing curbs and sidewalks if the state will establish grades and 
set stakes. The delegation was informed that the Commission considers this a 
meritorius project but is unable, on account of lack of funds, to construct 
it this year, although it will be considered in the formulation of the con~ 
struction program for the 1940 funds. The Assistant Attorney advised that 
right of way for this project has all been acquired with the exception of 
that which involves the remodeling of a concrete garage building and one other 
small tract. After discussion, the Commission instructed the Engineer to in- 
vestigate the project and render a complete report thereon at the next meeting. 


The matter of installing a floodlight at the crossing of the highway 
with the Southern Pacific Railroad in Reedsport was also discussed. It was 
explained that the Commission has already authorized the installation of such 
floodlight, provided the city will pay the cost of the electricity to operate 
the same, which is estimated at $5.00 per month. Mr. Lovelace advised that 
he is not in a position to commit the city in this matter but would take it up 
with the city council upon his return and would let the Commission know within 
a few days what the city would do. 


Following the appearance of this delegation the Engineer reported on 
the cost to pave the Umpqua Highway in Reedsport between 12th Street and 15th 
Street. He estimated the cost of the type B-2 bituminous macadam at $14,100 
and for paving with concrete pavement at $27,800. He recommended the adoptiai 
of the concrete-type pavement, notwithstanding that it is more expensive. The 
Commission approved the recommendation. 


The Commission had under consideration the following requests for 
the installation of traffic lights at certain highway intersections: 


Request of the city of Seaside for the installation of a flashing 
beacon at the intersection of the Oregon Coast Highway with Broadway Street in 
Seaside. The Commission approved this installation, which the Ingineer esti- 
mated would cost about $200. 


Installetion of a floodlight at the intersection of the Umpqua High- 
way and the Southern Pacific Company's tracks in Reedsport, estimated to cost 
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to do a minimum amount of work to put the road in passable condition for local 
use. It was explained that to do a good job would cost about $300,000, whereas 
a temporary job would cost about “$74,000; also, that in view of the high cost 
involved, the Commission considered that it could not finance either of these 

ts, although an. expenditure of about $8,000 was authorized for the 
construction of three temporary bridges and for a small amount of grading work 
which it was thought would do as a temporary expedient. 


Mr. Muscott urged a small amount of work along the road past his 
premises. He said that the present condition of the road is such that it is 
passable during the summertime only but could be made passable for ail-year 
travel at small expense, probably not to exceed $500. He urged such improve- 
ment, as did also County Commissioner Anderson. Mr. Anderson stated that Til- 
lamook County would cooperate by assisting in getting out the rock when the 
bridges are completed. After further discussion the Commission authorized an 
expenditure of $10,000 this year for the improvement of this road as far as 
such amount will go. Chairman Cabell advised that if Tillamook County will 
agree to assist in this work, as was mentioned by Commissioner Anderson, then 
the state might spend a little more than $10,000 for this purpose, although 
the Commission is not making any promise to that effect at this time. A def- 
inite decision in this regard, he said, will be given after the bridges are 
completed and the Commission has had an opportunity to inspect the project. 


Mr. Dolan brought up for discussion the matter of routing the Wilson 
River Highway into the city of Tillamook, and the improvement of such route. 
He gave as his thought that the Commission should give this matter serious 
consideration now, inasmuch as this highway will probably be completed within 
the next two or three years and will carry ea large amount of traffic which 
will be greatly inconvenienced unless the present routing is changed. He sug- 
gested that the work be done as a P.W.A. project if the Commission cannot fi- 
nance it in some other manner. County Commissioner Lindsey urged the working 
up of a definite plan, at least, so that private property can be developed in 
accordance therewith. ‘They were informed by Chairman Cabeli tit the Highway 
Commission is now concentrating on the construction of the highway toward 
Glenwood and it appears to the Commission that this portion of the work should 
be completed before the entrance into Tillamook is started, in view of the 
fact that the present route is passable and adequate to take care of present- 
day traffic. However, the Commission will be pleased to keep this project in 
mind for consideration at the proper time. 


Commissioner Lindsey also asked for the surfacing and oiling of the 
completed portion of the Wilson River Highway. He advised that present indi- 
cations are that the grade up to the summit will be completed by this fall and, 
in his estimation, it would be desirable to have the surfacing and oiling work 
done at the earliest possible time. He also asked for the construction of a 
bridge over Wilson River at the third crossing, east of Tillamook, and pointed 
out that extensive logging operations are being carried on in this district 
and a new bridge is essential at this point. He declared that an emergency 
exists because the timber that is being removed is that which was burned in 
the forest fire of 1933 and must be taken out within a comparatively short 
time. He was informed that there are no funds budgeted in the 1939 program 
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Options have been considered by the Commission, outlining -the bases 
cf settlement which have been agreed upon; and 


WHEREAS, it is the judgment of the Commission that the 
said options should be approved and accepted, and/or the said re- 
ports be declared acceptable to the State Highwey Commission as ba- 
ses of settlement for the properties involved, and that the pineal 
sition of the properties should be completed: 


NOW, THEREFORE, BE IT RESOLVED that the several offers, 
or bases of settlement hereinafter enumerated be, and the same 
hereby are, approved: and accepted, and that the Attorney for the 
State Highway Commission be, and he hereby is instructed to com- 
plete the acquisition of the said properties and to take title 
thereto in the name of the State of Oregon. The said properties 
hereby ordered and authorized to be acquired are as follows: 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


We or d—- on - West Portland-Hubbard 
5479-Armstrong, James, Estate 4 lots $30 per lot Benson 
be: ridge-Ma treet Section - East Portland-Ore Cit we: 
3054-Harding, Estate W 887 sq.ft. $1.75 per sq.ft. Parker 
rid - Wilson Wwe 
6740-Mills, Chessel - Detour Easement 0.73 $100 Lump Sum - 1 yr. Benson 
easement 
Ss ~- Ore Coast hwa 
1676-Albertson, James 0. 0.06 $300 per a. + $18 + 
Ss moving bldgs. (Est 
at $750) Benson 
Neskowin-Otis Section - Oregon Coast Highway 
3593-affolter, Victor Stock Pile 0.48 $75 Lump Sum Benson 
4-yr lease 
ehal it Se - Oregon Coast 
6743-Hammond Lumber Company Park 60.5 $250 Lump Sum for land 
+ taxes (est. at $450) 
+ tide lands Parker 
Boile Roc k Se - Oregon Coast Highwe 
5818-Ritchy, H. D. ; 5880 sq.ft. 10¢ sq.ft. + moving 
buildings, $625 Parker 
= t 
53 hapell, R. 5100 sq.ft. $0.157 sq.ft.+ moving 
bldgs. est. at $400 Gardiner 
Cave Creek-Florence Section ~ Oregon Coast Highway 
6738-Hayward, Eugene 0. Park 2.6 $307.70 per a. Parker 
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$200. The Commission approved this installation subject to the condition that 
the city of Reedsport will pay the cost of the electrical energy required to 
operate the same. 


Request of the city of Carlton for the installation of an overhead 
flashing beacon at the intersections of the Pacific Highway West with Pine 
Street and with Yamhill Street in that tom. The Engineer estimated the cost 
of these installations at $400 and recommended approval of the same. The Com- 
mission approved the recommendation unanimously. 


Request of the city of Rainier for the installation of an overhead 
flashing beacon at the intersection of the Columbia River Highway with "B" 
Street in that town. The Engineer recommended such installation, which he es- 
timated would cost $200. The Commission approved the recommendation unani- 
mously. 


Request of the Roseburg Chamber of Commerce for the installation of 
a traffic light at the intersection of the Pacific Highway with the Garden 
Valley County Road, just north of Roseburg. The Engineer advised that to 
properly safeguard this intersection would require a flashing beacon and a 
floodlight, which he estimated would cost $350. He recommended against the 
installation for the time being. The Commission approved the recommendation 
unanimously. 


The Commission also discussed the matter of paying for the electri- 
cal current needed for operating the floodlight which has already been in- 
stalled at the crossing of the Pacific Highway with the Southern Pacific Rail- 
road, in Roseburg. The Assistant Attorney pointed out that the city council, 
during the Public Utilities Commissioner's hearing with respect to this rail- 
road grade crossing, agreed to pay for the operation of the light, in view of 
which the Public Utilities Commissioner imposed such obligation upon the city, 
but the city has continuously refused to pay this account. After discussion, 
the Commission instructed the Attorney to keep a record of the electrical 
bills for the operation of this light and present them to the city of Roseburg 
at some future date, through the Roseburg Chamber of Commerce. 


The Engineer requested authority to purchase certain parcels of real 
property that are needed for various highway improvements throughout the state. 
He submitted a list of such properties, together with the prices that he rec- 
ommended be paid for each. After careful consideration, the Commission ap- 
proved the request and, by unanimous vote, adopted the following resolution 
in regard thereto: 


WHEREAS, in connection with the further improvement of the 
highways hereinafter designated, it is and has been necessary to ac- 
quire property for right of way, quarry sites, gravel or other materi- 
al sites, or sites for the storage of materials, as hereinafter more 
definitely set forth; and 


WHEREAS, as a result of negotiations carried on with the 
owners of the property required, options have been obtained, which 


rights of way that are of no particular value for highway purposes. It 

was the Commission's thought that these parcels should be sold so as get them 
back on the tax rolls, and that such sales should be given considerable pub- 
licity as are highway construction projects and the sale of buildings. While 
the Commission appeared inclined to favor the adoption of such procedure as @ 
general policy to be followed in such matters, definite action to that effect 
was deferred until a future date. The offer of Mr. Smith for the Portland 
tract was thereupon declined. 


The Attorney reported difficulties in acquiring the following par- 
cels of land that are needed for highway improvements: 


Right of way needed from H. E. McGraw for the improvement of the Bux- 
ton-Manning Section of the Wolf Creek Highway, right of way transaction No. 
6254t= He estimated the valué of this property at $3,476 and advised that the 
owner is demanding $4,000-for the same and that the state pay one-half the 
cost of building a certain fence. The Commission instructed the Attorney to 
limit his offer to $4,000 and ‘to condemn the same if the offer is refused. 


Right of way needed for the Charleston-Cape Arago Section of the 
Cape Arago Secondary Highway, in Coos County, across the land of the First Na- 
tional Bank of Portland and W. J. Conrad, right of way transaction No. 6732, 
and across the land of the Nick Bastendorff heirs, right of way transaction 
No. 6730s~ He said that the First Netional Bank is demanding $1,000 per lot 
for its property, which price, in his estimation, is exorbitant. He recom- 
mended payment not to exceed $250 per lot or that the property be acquired by 
condemation. Mr. Bastendorff, he said, is asking $1,000 for the 3/4 acre 
that the state is taking from him. He suggested payment of not to exceed $500 
and that the state construct a fence in addition thereto; otherwise, that the 
property be acquired by condemnation. The Commission by unanimous vote ap- 
proved such offers and authorized condemnation in the event the offers are re- 
fused. 


The Attorney also reported that it is necessary to institute condem- 
nation proceedings to clear title to right of way that is needed for the im- 
provement of the John Day-Prairie City Section of the John Day Highway, in 
Grant County, across land owned by the heirs of the Ruth Hiatt estate. The 
Commission authorized such condemnation proceedings. 


The following resolution authorizing the Attorney to condemn the 
properties hereinabove discussed was adopted by the Commission by unanimous 
vote: 


WHEREAS, the State Highway Commission is by law authorized 
and directed to lay out, locate, designate, construct, improve, and 
maintain a system of state highways in the State of Oregon, and to 
acquire rights of way and to ceclare the necessity and need for the 
acquisition thereof, and the advantages to be gained thereby; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission as follows: 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


6135) -nostetier, H. A. R/W 0.14 Gratis Collins 


6734) 


; ~ $700 per a. + $98.50 Gardiner 


Benson 
n 


nines eek. He ppri¢ 
691-Smith, Frank, : : 
668,-Mikesell, W. E. plus $10 * 
6681-Binney, Elizabeth P. + moving fence Parker 
6692-Bennett, Irvie C. é Wells 
6685-Bennett, Irvie C. 
6698-Kelly, Lena H. 
6697-Swaggert, Olive 
6690-Pearson, Edna E. 
6696-Burnett, Myrtle (Mattie 
A. Gentry) 
6688-Hiatt, Carl 
6700-Heppner, City of 
6701-Gentry, Emery C. 
6676-1.0.0.F. Lodge 


REESE 


so9999 29°99 
geees 
PRPrO 


2.27 a. at $20 per a., 
plus $711.90 


- Wi Creek wa 
1267-Fritz, Clara - Quarry & Haul Road -81 $100 per a. + $119 McChesney 
6723-Mrosik, James - Easement,Pipe Line 0.1 $100 Lump Sum " 


k on — Pa c 
6790-Brown, Walter L. 
& Drain Ditch 45,855 sq.ft. 1¢ per sq.ft. J.G.Bromley 


6626-Dayton, Lewis E. R/W 21,770.5 sq.ft. - $6,000 Lump Sum Benson 


4 lier, Everett L. W $100 Lump Sum in lieu of 
(Supplemental Report) State building an approach 
road DeSouza 


The Assistant Attorney reported an offer from Mr. G. S. Smith, Port~ 
land, to purchase certain state-owmed property adjacent to Interstate Avenue, 
in Portland. In the discussion of this matter it was pointed out that through- 
out the state there are many small parcels of land adjacent to state highway 
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4s That I. H. Van Winkle, Attorney General of the State on 
of Oregon, and J. Ki. Devers, Assistant Attorney General and Attorney % 
for the State Highway Commission, be and they are hereby requested, oo 
authorised, and directed to attempt to agree with the owner or own- 
ers end/or with the tenants or persons in possession, if there be 
any, of said parcel or parcels of lend with respect to the compensa- 
tion to be paid for the taking of the same and the damage, if there 
be any, and in the event that no satisfactory agreement or agree- 
ments can be reached, then it is hereby further resolved that the 
Attorney General of the State of Oregon and J. M. Devers, Assistant 
Attorney General and Attorney for the State Highway Commission, be ed 4 
and they hereby are requested to commence and prosecute to & final mes 
determination such suit or action, or suits or actions, &s may be : 
necessary and appropriate to acquire title to the said premises and “4 
all rights therein for the purposes herein stated. f 


5. That this resolution be entered in full in the min- 
utes and records of this Commission. 


The Commission adjourned at 12:00 o'clock noon and reconvened at 
1:30 o'clock p. m. in the same room, with all Commissioners, the State Highway 
Engineer, the Attorney, and the Secretary present. 


The Engineer reported on the cost to improve the Territorial Second- 
ary Highway between Ferguson and Cheshire, in Lane County, which project has 
been requested by the Long Tom Grange No. 866, of Junction City. He advised 
that this improvement is 4.8 miles in length and that it would cost approxi- 
mately $127,000 to finance it. The Commission considered this too costly 4 
project to consider at this time, in view of the shortage of funds. 


The Engineer reported the results of a hearing with respect to the 
claim of W. H. Kellogg, who seeks extra compensation for overtime employment 
with the State Highway Department. He advised thet as a result of this hear- 
ing Mr. Kellogg agreed to withdraw his claim in the amount of $95.20 for al- 
leged overtime in connection'with his employment am the Road Use Survey and 
has also agreed to reduce his claim for overtime while employed as a material 
checker from $418.59 to $389.43. He recommended settlement with Mr. Kellogg 
on such basis, in view of the fact that the state received actual financial 
benefit because of the overtime work, provided Mr. Kellogg will sign a state- 
ment releasing the state in full from further obligation. The Commission ap- 
proved the recommendation unanimously. 

i] 


The Engineer reported that, in conformance with instructions previous- 
ly given him by the Commission, he contacted the County Court of Benton County 
relative to the improvement of one of Benton County's roads in lieu of the des- 
ignation as a secondary state highway, and oiling, of the Corvallig Golf Club 
road, and as a result the County Court has agreed to oil this road and suggests 
that the state improve, as a federal aid secondary highway, the county road 
which extends frem North Albany to the Polk County line south of Buena Viste. 

He gave as his thought that this road will qualify as a federal aid secondary 
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1. That the State Highway Commission does hereby find and 
deciare that it is necessary and will be of advantage to the State 
of Oregon and there is need that the State acquire for right of way 
purposes in connection with the permanent location, construction, im- 
provement, and maintenance of the following section or sections of 
the state highway system of the State of Oregon, to wit: 


Charleston-Cape Arego Section of the Cape Arago Highway 
Buxton-Manning Section of the Wolf Creek Highway 
Jom Day-Prairie City Section of the John Day Highway 


land and property owned by or in possession of the following parties 
and/or persons, to wit: 


Charleston-Cape Arago Section of the Cape Arago Highway 
6732-First National Bank of Portland and W.J.Conrad 
6730-Nic ': Bastendorff heirs (Bennett Swanton and 

Georgeana Rozell, Trustees) 

Buxton-Manning Section of the Wolf Creek Highway 
6254-H. E. McGraw 

John Day-Prairie City Section of the John Day Highway 
4883-Ruth Hiatt heirs 


as their respective interests may appear, and this Commission does 
hereby declare further that the said property.or properties are nec- 
essary, are needful, and the acquisition thereof will be of advan- 
tage to the State of Oregon for right of way purposes in order to 
make it possible for the State Highway Commission to properly locate, 
construct, and maintain said portion or portions of the said state 
highway system in accordance with standards adopted by this Commis~ 
sion relative to curvature, grades, alignment, drainage, and factors 
of safety. 


2. That the State Highway Engineer be and he hereby is 
instructed an: directed to properly survey the parcel or parcels of 
land required for such right of way purposes and prepare proper and 
adequate descriptions thereof, which descriptions shall be employed 
in the preparation of a deed or deeds or other instrument or instru- 
ments necessary to complete the acquisition of the said property or 
properties or which descriptions may be used in the preparation of 
a complaint in the event that condemnation proceedings are necessary. 


3. That the boundaries of the said parcel or parcels of 
land, as defined and determined by the said survey made by the said 
Highway Engineer along the route or location adopted by the Highway 
Commission, shall be and the same hereby are adopted and the lands 
defined therein are hereby declared to be and the same are included 
within the rights of way of the said portion or portions of the said 
state highway system and hereby are declared to be necessary for the 
proper location, improvement, construction, and maintenance of the 
said portion or portions of the state highway system. 


The Engineer reported that the following highways have sufficiently 
dried out to permit the transportation thereover of legal weight loads, and 
recommended the lifting of the reduced load limits heretofore in effect: 


Crater Lake Highway, from liedford to the west boundary of 
Crater Lake National Park; 


The Dalles-California Highway, from Crater Lake Highway 
junction to Klamath Falls; 


Klamath Felis-Lakeview Highway; from Klamath Falls to Lakeview; 


Mt. Hood Highway, from the junction with the road to Cloud 
Cap Inn to the junction with the Columbia River Highway. 


The Commission approved his recommendation and by unanimous vote 
adopted the following resolution in regard thereto: 


WHEREAS, on the 2nd day of March, 1939, at a meeting of 
the Oregon State Highway Commission, all members being present and 
participating, the Commission passed and adopted resolutions reduc- 
ing the maximum load limit on the following state highways: 


CRATER LAKE HIGHWAY from Medford, in Jackson County, 
to the west boundary of Crater Lake National Park, in 
Jackson County; 


KLAMATH FALLS-LAKEVIEW HIGHWAY from the junction with 
The Dalles-California Highway, to Lakeview, in Klamath and 
Lake Counties; 


MT. HOOD HIGHWAY from Hood River, in Hood River County, 
to Cloud Cap Inn, in Hood River County; 


THE DALLES-CALIFORNIA HIGHWAY from Bend, in Deschutes 
County, to Klamath Falls, in Klamath County; 


and 


WHEREAS, subsequent to the passage of said resolutions, 
conditions have changed so that it is no longer necessary or desir- 
able, and the Commission hereby finds that it is no longer necessary 
or desirable to maintain the reduced load limits set out in said 
resolutions on the said state highways; 


NOW, THEREFORE, BE IT RESOLVED that the action of the 
State Highway Commission reducing the maximun permissible load lin- 
it on the 
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CRATER LAKE HIGHWAY from Medford, in Jackson County, 
to the west boundary of Crater Lake National Park, in 
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highway and recommended the oiling of the same in the federal aid secondary 
highway program because it will connect with the federal eid-secondary road 
from Independence through Buena Vista which was improved with an oil mat sur- 
face treatment last year. The Comhission approved the report and ordered that 
this project be listed with others for consideration in the formulation of the 
construction program for 1940 federal aid secondary highway fw.ds. 


The Engineer also reported on his investigation of the request of 
the Union High School District of Estacada for the improvement of the second- 
ary state highway in front of the high school grounds at Estacada. He advised 
that this project requires about 1,350 feet of 13" pipe, which would cost ap- 
proximately $2,025; 3 catch basins at $60; 400 cubic yards of excavation at 
$400; and 350 cubic yards of crushed rock or gravel at $700; or e total of 
$3,185. He also advised that he explained to the school authorities the sta- 
tus of the Commission's finances, which he did not think would permit the Com- 
mission to finance a project costing so much at this time, and suggested that 
they endeavor to have the work done as a W.P.A. project, the possibilities of 
which they agreed to investigate. After discussion, the Commission decided 
not to make this improvement because of the cost involved. A decision as to 
whether or not the Commission would cooperate with the school authorities in 
a i. P. A. Project was deferred until later. 


A petition was presented from 421 taxpayers of Central Oregon , in 
which the State Highway Commission was urged to complete the reconstruction of 


the Sherman Highway between Shaniko and The Dalles-California Highway junction 
at the earliest possible time. The Engineer advised that this project is 
about 10 miles in length and that the work will cost approximately $140,000. 
The Commission ordered the project kept in mind for consideration in the formu- 
lation of the 1940 budget. 


A letter was presented from tr. W. T. Putnam, Hillsboro, urging the 
oiling of the Farmington Secondary Highway from Hazeldale to a connection with 
the Hillsboro-Woodburn Secondary Highway, in Washington County. The Commis- 
sion ordered this project included in the list of those to be considered in 
the formulation of the 1940 program. 


The Commission had under discussion the scheduling of public hear- 


“ings in Reedsport, Bend, and Prineville, as required by law, to secure ex~ 


pressions from the people in those toms relative to the proposed rerouting of 
state highways. The Commission deferred the setting of a date for the Reeds~ 
port hearing but decided to hold hearings in Prineville and Bend on Wednesday, 
Mey 17, 1939, that in Prineville to be held at 9:00 o'clock a. m. and that in 
Bend at 11:00 o'clock a. m., which would give the Commission sufficient time 
to return to Portland the same day. The Secretary was instructed to send of- 
ficial notification of such hearings to the city councils of Prineville and 
Bend. 


The Commission by unanimous vote authorized the State Highwey Engi- 
neer to attend the Fifth Pacific Northwest Regional Planning Conference which 
is to be held in Seattle, Washington, on April 27, 28, and 28, 1939, subject 
to approval by Governor Sprague. 
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considerable length but 4 decision in regard thereto was deferred until a fu- 
ture meeting. 


Messrs. Earl J. Knutson and Glenn D. McNeilly, of the California 

Western States Life Insurance Company, came before the Commission relative to 
the furnishing of group insurance for highway department employees who are 
paid on an hourly basis. Mr. Knutson explained that, as a result of a pre- 
vious conference with the Commission on this subject, he contacted 625 high- 
way department employees to determine whether or not they would be interested 
in a proposition of this kind, and as a result of such solicitation he has re- 
ceived applications from 573 of such employees, which indicates that there is 

_ & strong demand for insurance of this kind. He explained that these applica- 
tions were secured upon only 10 days' solicitation on his part, covering only 
a portion of the state, and it was his belief that many others would take ad- 
vantage of this offer if they were given an opportunity. In support of his 
oral statements he exhibited signed applications from the 573 employees. In 
view of this showing, the Engineer recommended the acceptance of the company's 
offer to write this group insurance, premiums for which are to be deducted 
monthly from the highway department pay rolls. The Commission by unanimous 
vote approved the recommendation and authorized the making of such deductions 
from the monthly pay rolls, subject to the condition that the entire matter be 
covered by appropriate agreement and with the understanding that other com- 
panies which write similar insurance be given the same privilege. 


Messrs. Morris D. Parks, Mayor of the town of Dundee, and W. S. Al- 
lan, former County Commissioner of Yamhill County, came before the Commission 
in regard to the improvement of the Pacific Highway West through the tow of 
Dundee. Mr. Allan, who wes spokesman, recalled that the Commission tentative- 
ly approved this improvement about 4 year ago for 1939 construction, and stat- 
ed that they are simply appearing before the Commission at this time to urge 
that the work be done this year if possible. Chairman Cabell explained the 
status of the Commission's finances and advised that it does not now appear 
possible to contract this project until fall because of shortage of state 
funds to match the federal moneys with which the project is to be financed. He 
assured Mr. Allan that the project is definitely in the construction program 
for 1939 funds but the question of contracting of the work simply depends upon 
when there are sufficient state funds available to match the federal moneys. 


Messrs. Burke and Walter Kanne, of Milwaukie, Oregon, came before 
the Commission and urged additional improvements on the 82nd Street Highway 
(Cascade Secondary Highway) south from Portland. They were advised by Chair- 
man Cabell of the status of the Commission's finances and that on account of 
the shortage of funds it will not be possible to do any more work on this road 
thie year. Further, that the first available money will be that which the 
Commission expects to receive from the Federal Government for the fiscal year 
1940; and, while this project is not on the priority list, it will be given 
consideration by the Commission in the formulation of the construction program 
for such funds, although no promise or commitment can be made at the present 
time. 


The Engineer requested instructions relative to disposal of two 
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KLAMATH FALLS-LAXEVIEW HIGHWAY from the junction #ith 
The Dalles-California Highway, to Lakeview, in Klamath and 
Lake Counties; 


MT. HOOD HIGHWAY from Hood River to Cloud Cap Inn Road, 
in Hood River County; 


and on that portion of 


THE DALLES-CALIFORNIA HIGHWAY from the junction with the 
Crater Lake Highway at Fort Klamath to Klamath Falls, in Klan- 
ath County (from Ft. Klamath to the junction with the Fre- 
mont Highway the load limit 4s fixed in said former resolution 
shall remain in full force and effect witil removec by order of 
the State Highway Commission) ; 


be and the same is hereby rescindec and cancelled as of this date, and 
the maximum load limit permissible on the said sections of the said 
highways hereafter shall be the maximum load limit provided by law. 


It IS HEREBY ORDERED that a certified copy of this resolution 
be furnished to the county clerk of each county in which said highways 
are located, and that a certified copy of this resolution be furnished 
to the Superintendent of the Department of State Police for his infor- 
mation. 


The Commission also approved the posting of the Cottonwood Bridge 
over the John Day River, between Sherman and Gilliam Counties, for a reduced 
load limit of 5 tons in view of the fact that high water has torn out the tem- 
porary timber supports beneath this structure. The Engineer was instructed to 
replace these supports as soon as possible and when that is done to restore 
the 10-ton load limit heretofore in effect. 


The Commission considered and approved an additional authorization 
for the W.P.A. beautification project on the Canyon Road, Portland, involving 
a total expenditure of $30,000, of which amount the state's share is approxi- 


mately $5,300. 


The Engineer brought up for discussion the matter of constructing 
maintenance buildings for the accommodation of men working out of the Govern- 
ment Camp and Hogg Pass headquarters. He explained that the present head- 
quarters at Government Camp are not adequate and will have to be enlarged some 
time in the future although that is not an immediate necessity; however, with 
the opening of the North and South Santiam Highways this year for general pub- 
lic use, provision mist be made to keep these roads open during the winter 
season and that cannot be done unless facilities are provided for housing the 
men and equipment at 4 convenient point, which, in his estimation, would be 
at the summit at Hogg Pass. He estimated the cost of appropriate facilities 
to accommodate about 36 men at Government Camp and approximately 20 men at 
Hoge Pass at between $50,000 and $60,000 each. This matter was discussed at 
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Chairman Cabell advised that the road to Sauvies Island is not on 
the state highway system, so the Commission has no legal authority to spend 
state money to improve it; also, that the Commission is under great pressure 
to construct projects that are now on such system, so is reluctant to assume 
any new obligation. He added that the Commission does not want to deny this 
project flatly without investigation, but, on the other hand, it does not wish 
to give too mich encouragement, because it does not seem posgible now for the 
Commission to take this road over as a state highway. Commissioner Bigelow 
advised that their immediate concern is for an investigation and survey of the 
project and he urged the Commission to do this. After further discussion, the 
Commission authorized the State Highway Engineer to make such preliminary in- 
vestigation as soon as possible, to determine whether or not the site proposed 
for the bridge is proper, and approximately what the project will cost. 


At 3:00 o'clock p. m. Chairman Cabell announced the following awards 
of contracts for which bids were taken at the morning session, such awards 
having been previously approved by the Commission by unanimous vote: 


"Charleston-Sunset Bay Section of the Cape Arago Secondary High- 
way, in Coos County. 1.05 miles grading and surfacing, 2.54 miles 
oiling. Leonard & Slate, Multnomah, were the low bidders on this job 
with their bid of $36,845.00. Coos Bay Dredging Company, Marshfield, 
were the second low and only other bidders at $36,923.25. The Commis- 
sion has referred both bids to the Engineer with authority to award 
the contract to the low bidder, Leonard & Slate, when certain condi- 
tions have been fulfilled. 


"Dixonville-Mud Hollow Section of the North Umpqua County Road, 
in Douglas County. 1.43 miles grading, 1.02 miles surfacing, and 
3.22 miles oiling. The only bid received for this project was that 
of Clifford A. Dunn, Klamath Falls, at $27,870.00. The Commission 
has referred this bid to the Engineer with power to award the con- 
tract to Mr. Dunn when certain conditions have been fulfilled. 


"Baker Gulch-Lick Creek Section of the Little Butte Secondary 
Highway, in Jackson County. 0.81 mile grade widening, 3.3 miles 
surfacing and oiling; also furnishing approximately 1,160 cu. yds. 
crushed rock in stock piles. The low bid received for this project 
was that of Clifford A. Dunn, Klamath Falls, at $27,829.00. The 
next low bid was submitted by R. I. Stuart & Sons, Medford, at 
$31,417.00. There was one other bidder. The Commission has award- 
ed this contract to the low bidder, Clifford A. Dunn, at his bid 
of $27,829.00. 


"Hooker Creek-Jordan Valley Section of the Jordan Valley Sec- 
ondary Highway, in Malheur County. 5.24 miles grading. HM. L. 
O'Neil & Son, Jordan Valley, submitted the low bid for this project 
at $21,988.00. The next low bid was submitted by Leonard & Slate, 
Multnomah, at $25,848.00. There were 3 higher bidders. This job 
has been awarded to Mi. L. O'Neil & Son at their low bid of $21,988.00. 
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small houses located on the right of way of the Corvallis-Newport Highway ‘apout 
2 miles east of Toledo. He said that these buildings are not of much value 
and are worthless from the State Highway Department's standpoint and that he 
has received an offer from a prospective purchaser who is willing to pay $20 
for them. He inquired whether or not he should accept this offer or advertise 
the buildings for sale in the regular manner. The Commission took the view 
that the sale of the buildings should not be made upon receipt of only one of- 
fer, and, if the buildings are not advertised for sale in the usual manner 
through the newspapers, at least signs should be posted on the property for a 
reasonable length of time notifying the generel public that the buildings ere 
for sale. The Attorney was thereupon instructed to 20st such notices on the 
property under discussion and report the offers received at a future meeting 
of the Commission. 


The Attorney also requested instructions relative to the sale of a 
5-room house located on right of way acquired for the tiest Portland—Hubbard 
Secondary Highway, in Washington County, which house was formerly owed by 
one George S. Smith. He was instructed by the Commission to advertise this 
building for sale through the local newspapers. 


The Attorney brought up for discussion 6 proposed change in the 
plans for the construction of the East Portland-Oregon City Highway in front 
of property owned by the Hawley Paper Company and Bessie Fudge at llth Street, 
in Oregon City. It appears that the private property in question is somewhat 
lower than the grade of the highway and that present plans call for the con- 
struction of a retaining wall to prevent the highway fill from sliding beyond 
the right of way limits. However, the owners of the adjacent property went 
their properties filled in to 4 level with the highway and have stated a will- 
ingness to let the state do this at no expense, which will eliminate the ne- 
cessity of the retaining wall. The Engineer gave as his thought that this is 
a good offer, and recommended acceptance of the same, which, he said, would 
save the state some $2,000 for the retaining wail. The Commission approved 
the recommendation unanimously and referred the matter to the Engineer to 
work out the necessary details. 


A delegation from Multnomah County, consisting of the Board of Coun- 
ty Commissioners, Messrs. 0. V. Bauley, C. A. Bigelow, and F. L. Shull; Paul 
M. Ruder, Albert S. Hall, William Eberhart, Ben Howell, W. S. Copeland, Omar 
C. Soencer, and Kenneth L. Cooper, came pefore the Commission in regard to the 
construction of a bridge over Multnomah Channel of the Willamette River, con- 
necting Sauvies Island, below Linnton, with the mainland. Mr. Howell advised 
that Sauvies Island is now connected to the mainland by ferry only, which at 
certain times is overtaxed by traffic, ana thet 4 bridge at this location is 
an absolute necessity. He pointed out that a reclamation project is now un- 
der way to reclaim some 12,000 acres of land on this island and when completed 
will emphasize the need for a bridge. He adwised that their mission before 
the Highway Commission today is spmsored by the Multnomah Grange and that 
they have already secured a permit from the U. S. War Departuent for a bridge 
at this location. Others speaking on behalf of this project were Messrs. 
Soencer, Couper, and County Commissioners Shull and Bigelow. 


719359 


Council. He recommended approval of the project and that it be financed with 
federal aid funds that must be expended for landscaping purposes. The Commis- 
sion approved the recommendation by unanimous vote and instructed the Ingineer 
to submit this project te the Bureau of Public Roads for approval. 


The Commission had under discussion the offer of Albert Myers, of 
Mehama, to sell to the state for $1,200 a tract of land containing approxi- 
mately 30 acres located in the N.W.t of the S.E.i of Sec. 14, T. 9 S., Re 1E., 
W. M., about 14 miles west of Mehama, Marion County. The Engineer advised 
that the North Santiam Secondary Highway location cuts across the corner of 
this property for about 450 feet, and eventually, when construction is under- 
taken, it will be necessary to acquire some of Mr. Myers's land; also, that 
the property in question contains a very valuable deposit of gravel which can 
be used to good advantage when the highway is constructed. He questioned the 
advisability of purchasing the property et this time, in view of the fact that 
it likely will. be 5 years or more before the road is built on the permanent 
alignment. The Commission concurred in the viewpoint of the Engineer and 
thereupon refused Mr. Myers's offer. 


The Pngineer reported that the Bureau of Reclamation has served no-~ 
tice that it intends to install a 36-inch concrete drain across the right of 
way of the Vale-Adrian Secondary Highway, Malheur County, under authority re- 
served by the Government when the right of way for this highway was acquired 
by the state, which will necessitate the cutting of the traveled roadway. 

The cost of this installation, he said, will be paid by the Federal Govern- 
ment, but they are asking the state to re-oil the road because the Reclama- 
tion Service does not have the necessary facilities to do that type of work. 
He recommended approval of the request and that the cost of such oiling work, 
which he estimated at $10.00, be assumed by the state, it being his belief 
that such arrangement would help considerably in the settling of the contro- 
versy that now exists with the Reclamation Service relative to the installe- 
tion of drainage pipes and structures across state highways. The Commission 
approved the recommendation unanimously. 


The Engineer reported that contractor Roy L. Houck has purchased 
some new roadbuilding equipment which not only exceeds the statutory linits 
as to dimension but also is considerably overweight, even when unloaded, and 
that Mr. Houck has asked for permission to move this equipment over state 
highways from one job to another. He gave as his thought that it would be in- 
advisable to grant such permit to Mr. Houck, in view of the fact that this 
equipment is so much heavier than the law allows and for the further reason 
that it would have a damaging effect on the highways and the highway bridges. 
He further advised that he refused Mr. Houck's request. The Commission by 
unanimous vote confirmed the Engineer's action in this matter. 


The Commission had under discussion a request from the city of Lake- 
view for certain city street improvements; viz., the widening and grading of 
a prospective state highway route and the application of a seal coat on exist- 
ing city street pavements. The Engineer estimated the cost of the first of 
these projects at 7,236, and that of the seal coat work at $1,228. The Com- 
mission decided not to do the street widening work because it would necessitate 
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"Tillamook County Oiling Project on three county roads in the 
vicinity of Tillamook, in Tillamook County. 0.7 mile grading and 
4.71 miles surfacing and oiling. The low bid received for this 
project was that of J. C. Compton, McMinnville, at $26,591.20, based 
on the use of tar. He submitted no bid based on the use of asphalt. 
Warren Northwest, Inc., Portland, submitted the second low bid at 
$26,623.50, also based on the use of tar. This firm did not submit 
a bid based on the use of asphalt. There was one higher bidder. 

The Commission has awarded this contract to J. C. Compton at his low 
bid of $26,591.20, using tar. 


"Mills Bridge Section of the Wilson River Highway, in Tillamook 
County. Construction of a bridge over Wilson River and grading, 
surfacing, and oiling approaches thereto. Jacoosen—Jensen Company 
of Portland submitted the low bid of $67,552.50, based on the use 
of tar. Mountain States Construction Company of Eugene submitted 
the second low bid of $69,692.00, also based on the use of tar. 
Neither of these firms submitted a bid based on the use of road oil. 
There were 5 higher bidders. The Commission has awarded this con- 
tract to the low bidder, Jacobsen-Jensen Company, at their bid of 
$67,552.50, using tar. 


"Scotch Creek-Castor Ranch Section of the Hurricane Creek 
County Road, in Wallowa County. 2.0 miles grading, surfacing, and 
oiling; also, furnish approximately 2,000 cu. yds. crushed gravel 
in stock pile. The only bid submitted for this project was that 
of the Rogers Construction Company, Dayton, Washington, at $22,731.00. 
The Commission awards this contract to the Rogers Construction Com- 
pany at their bid of $22,731.00," 


Mr. Roy Bowman of Florence, Oregon, came before the Commission in 
regard to the oiling of a number of city streets in Florence. He advised 
that the city would like to have about 6,700 lineal feet of oiling work done 
on its streets this year and inquired whether or not it would be possible to 
secure the services of the State Highway Department's oiling crew to do this 
work if the city will pay the costs involved and will deposit a certified 
check in advance for an amount equal to the estimated cost of the work. 
Chairman Cabell gave as his thought thet this job is of such magnitude that 
it really belongs in the contract class, although, he added, he would be in- 
clined to favor the state doing the work if the estimated cost does not ex- 
ceed $2000, which is the limit to which the state can go without teking bids. 
He suggested that it might be advisable for the city to contact some of the 
highway contractors who do work of this kind, and also the Lane County Court, 
which, he believed, is equipped to do oiling work. Commissioners ich and 
Cleugh concurred in the Chairman's remarks, whereupon the Engineer author- 
ized and instructed to make an investigation of the project and determine the 
estimated cost of the same. 


The Engineer brought up for discussion the matter of landscaping 
the north approach to the Yaquina Bay Bridge at Newport. He submitted a plan 
for such project which, he advised, has been approved by the Newport City 


that certain portions of the old road are no longer of any value for state 
highway purposes, although other portions can be used to good advantage as 
stock pile sites, et cetera. He submitted a map disclosing the several par- 
cels and recommended that the Commission take formal action abandoning the 
portions of the old road that are of no use for public purposes and retain- 
ing the portions that are of value for such purposes. After discussion the 
Cemmission approved the recommendation and by unanimous vote adopted the fol- 
lowing resolution in regard thereto: 


WHEREAS, in order to afford a better alignment and a more 
satisfactory, safe and convenient highway for the traveling public, 
the Highway Commission found it necessary to relocate portions of 
the Corvallis-Newport Highway in Lincoln County; and 


WHEREAS, by reason of said relocation and reconstruction 
of said section of said highway there have been eliminated from the 
main travelled portion of said highway certain sections or frag- 
ments of land, which said sections or fragments of land are more 
specifically hereinafter defined and described in this resolution 
and are reflected on a blueprint, marked "Exhibit A", a copy of 
which is attached hereto and made a part hereof; and 


WHEREAS, while certain portions of the eliminated sec- 
tions are not required for use as parts of the main or travelled 
section of the highway, nevertheless the same are required, can be 
used, and are essential for other public uses in connection with 
said highway; and 


WHEREAS, it is the judgment and opinion of the Commission 
that there should be recoded in the minutes and records of the Com- 
missinn its purpose and plan to preserve for public use in connec- 
tion with said highway the fragments or parcels of land hereinafter 
described as the parcels to be retained and shown in yellow on the 
attached print; and : 


WHEREAS, it is the judgment and opinion of the Commission 
that there should be recorded in the minutes and records of this 
Commission the purpose and plan of the Commission to abandon as 
parts of the state highway system certain portions of the highway 
eliminated from the main travelled portion of said highway, which 
sections are made unnecessary as a part of the completed highway 
and are shown in red on the attached print; 


NOW, THEREFORE, the premises being in general as above 
stated, it hereby is resolved by this Commission, all members being 
present and affirmatively participating, as follows: 


1. ‘That the parcels of land shown shaded in yellow on the 
attached print, which heretofore were within the right of way proper 
of the Corvallis-Newport Highway but which by reason of the reloca- 
tion or realignment of said highway are now without the area improved 
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the rerouting of the highway, which the Commission does not believe is the 
proper thing to do at this time, and which would involve the holding of a pub- 
lic hearing in the town of Lakeview. Furthermore, the cost of the project is 
far in excess of the limit which the Commission can spend for any project 
without advertising the same for bids. The Commission approved construction 
of a seal coat project subject to the condition that the city of Lakeview 
will pay the costs involved and will deposit in advance ¢ certified check in 
an amount equal to the estimated cost of the work. 


The Engineer reported the cost to rebuild the Kings Valley Second- 
ary Highway, in Polk County, from ite junction with the Pacific Highway West 
to its junction with the Dallas-Kings Valley Secondary Highway. He advised 
that to grade, surface, and construct an oil mat treatment on this section, 
which is 64 miles in length, will cost approximately $165,000. The Commis- 
sion desided not to approve this project because of the cost involved and the 
shortage of available funds with which to finance it. The Engineer was in- 
structed to convey such information to Senator Dean H. Walker. 


The Engineer requested instructions relative to the paymert of sal- 
aries or wages of highway department employees who are required to be absent 
from their regular duties in order to serve as jurors in any state or feder- 
al court. After discussion, the Commission by unanimous vote approved the 
peyment of salaries and wages of employees while absent for such service in 
accordance with the following schedule: 


Absence for jury duty (with pay) shall not exceed eleven (11) 
working days in any one year, unless & longer absence is previously 
authorized by the State Highway Fngineer. No absence for jury duty 
(with pay) will be allowed an employee whose employment with tue 
Highwey Department during the calendar year in which the absence is 
to oceur is not expected to total at least six (6) months. 


From the amount earned by the employee while absent on jury 
duty there shall be deducted an amount equal to the amount of “per 
diem fees" collected (or collectible) for the jury service rendered, 
it being understood that the per diem fees are as follows: 


Justice Court Jury 

Grand Jury 

Circuit Court Jury: 
(a) While awaiting assignment to panel 
(b) While serving on panel 


The deduction shall be made at the rate of $3.00 per day (Sun- 
days and holidays excepted) unless the pay roll on which the absent 
time is shown is accompanied by a written statement from the em- 
ployee setting forth the exact rates and amounts received for the 
service. 


The Engineer reported that the Olalla Creek-Toledo Section of 
the Corvallis-Newport Highway has been reconstructed on new alignment and 


and R. H. Baldock, State Highway Engineer, and bears date of March 
1, 1939. * a 


4+ In the event there remains eny physical connection 
between any portions of.said abandoned right of way and the present 3 
highway, and by reason of such physical connection traffic from the a4 
existing highway may enter or use the said abandoned portions of ae 
the old road to the possible damage or injury of such traffic by 
reason of any unsafe condition existing with respect to the said 
old or abandoned. sections, then the State Highway Engineer hereby 
is authorize and directed to érect such barrigades or other safe- 
guards*as may be necessary to protect and safeguard traffic using 
and employing said newly located, constructed, and dedicated sec- 
tion of said state highway. 


5. That this resolution be entered in the minutes and 
records of the Commission and a certified copy thereof promptly de- 
livered to the County Court of Lincoln County, together with a copy 
of said exhibit for such action as the County Court may desire to 
take with respect to the fragments of land to be abandoned, and 
should said abandoned portions of the right of way of said Corvallis- 
Newport Highway be further employed for public or private highway 
purposes such use shall be entirely under the control and super- 
vision of the County Court of Lincoln County and beyond any respon- 
sibility or supervision by the State Highway Commission. 


6. The Engineer hereby is instructed to properly and com- 
pletely mark on the ground the boundaries of the fragments of land 
to be retained for right of way and other purposes by the Highway 
Commission by erecting and maintaining thereon proper monuments or 
posts upon which shall be inscribed the words "State Property". 


The Secretary presented a letter from Mr. Ed ¥. Miller, Manager of 
the Oregon Coast Highway Association, inviting the Commission and its staff to : 
attend the semi-annual meeting of the Association, which is to be held in Gold vs 
Beach on April 23 and 24, 1939. The Conmission accepted the invitation with 
thanks. 


The Commission considered and referred to the Engineer for investige- 
tion a letter from County Judge Earl B, Day, of Jackson County, on behalf of 
certain stockmen who desire permission to construct fences along the Sams Val- 
ley Secondary State Highway in the vicinity of Sams Valley. 


The Secretary presented a letter from City Manager E. H. Ford, of La 
Grande, stating that, owing to limited parking space on Adams Avenue, in La 
Grande (state highway route), the city officials feel that they cannot comply 
with the Commission's requirements for the parallel parking ef cars on this 
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and used by the traveling public but are adjacent to and abut upon 
the said right of way and are needed for public use, shall be pre- 
served by the Highway Commission in connection with the construc- 

tion, + and maintenance of said highway or the use of the 
», which said paraels are described as follows: 


Those certain sections of the old’ right of way of the 
Olalla Creek-Toledo Section of the Corvallis-Newport High- 
way lying on each side of the reconstructed center line of 
said highway, the beginning and > ending points of which with 
reference to Engineer's Stations of the said reconstructed 
center line are as follows: ; ‘ 


On the westerly side from Station 2461+80 to Station 2466+60 
On the easterly side from Station 248,+50 to Station 2489+00 
On the westerly side from Station 2519+70 to Station 2526425 
On the westerly side from Station 2535+10 to Station 2539+90 
On the easterly side from Station 2540+00 to Station 2541+70 


2. That the fragments of land confined within the areas 
hereinafter described and designated as the parcels of land to be 
abandoned, which fragments were formerly within the limits of the 
right of way of the Corvallis-Newport Highway, and which parcels 
are shaded in red on the attached blueprint, be and said fragments 
of land are abandoned as parts of the right of way of said highway 
and said fragments of right of way are, 50 far as control and su- 
pervision of this Commission are concerned, left to revert to the 
adjoining and abutting property owners or to the control and su- 
pervision of the County Court of Lincoln County. The fragments to 
be abandoned are described as follows: 


Those certain sections of the old right of way of the 
Olalla Creek-Toledo Section of the Corvallis-Newport High- 
way lying on each side of the reconstructed center line of 
sei4 highway, the beginning and ending points of which with 
reference to Engineer's Stations of the said reconstructed 
center line are as follows: 


On the westerly side from Station 2493+60 to Station 251770 
On the easterly side from Station 2526+20 to Station 2533+60 
On the westerly side from Station 2546+25 to Station 2549750 
On the easterly side from Station 2549452 to Station 2554+10 


3. In addition to the foregojng descriptions of said frag- 
ments or parcels of land there is attached hereto a blueprint marked 
Exhibit A", which by this reference is made a part hereof, and upon 
which map there is shown shaded in yellow the parcels of land to be 
preserved for public purposes, and upon which map there is shown 
shaded in red the abandoned sections of said right of way. Said ex- 
hibit for identification purposes bears the signatures of Paul Van 
Scoy, Acting Division Engineer, H. G. Smith, Construction Engineer, 
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The Engineer reported that, in accordance with authority previously 
granted by the Commission, he has ordered certain surveys since the last meet- 
ing. He submitted a list of such surveys and asked the Commission to approve 
them. After due consideration, Commissioner Aldrich moved that the State 
Highway Engineer be authorized and instructed to make such location surveys 
on various sections of the highways of this state, which said sections of 
highways, together with their identifying location survey numbers and the 
amounts authorized and allocated for such survey expenditures are as follows: 


Reconn.- - - 204-2823 - Fishhawk Falls-Ranger Station, County Road between 
“ Nehalem and Wolf Creek lst authorization - $550.00 


Plans 18-2824 - Lapine-W.Forest Boundary Section, Fremont Highway. 
lst authorization - $1,000.00 


Plans 117-2809 - Provolt-Williams Section, Williams Secondary Highway. 
2nd authorization - $900.00 
Total to date - $1,000.00 


224-2822 - Salem-Little Pudding River Section, Salem-Silverton 
County Road. lst authorization - $900.00 


19-2810 - Forest Boundary-Lakeview Section, Klamath Falls- 
Lakeview Highway. 2nd authorization - $1000.00 
Total to date - $7,000.00 


26-2832 - Sandy Boulevard Section, Columbia River Highway. 
2nd authorization - $1,800.00 
Total to date - $4,000.00 


228-2806 - Hay Cunyon Section - ‘ioro-ilay Cunyon County Road. 
lst authorization - $750.00 


30-2824 - Milton Section - Oregon-Washington Highway. 
1st authorization - $500.00 


Quarry & - -, 33-2815 - Seufert-Dufur Section - The Dalles-California Highway 
Stock Pile lst authorization - $250.00 


Plans - - - 233-2816 - Petersburg Section, Fifteen Mile Road, Wasco County. 
Ist authorization - $1,000.00 


ar: 


Right of Way- 36-2822 - Sheridan-Willamine Section, McMinnville-Tillamook Hwy. 
lst authorization - $125.00 


S| 


et 


Plans - - - 136-2823 - Amity-Hopewell Section, Bellevuc Hopewell Road. 
lst authorization - $100.00 


The motion was duly seconded by Commissioner Clough and was declared by Chair- 
man Cabell to have carried by the unanimous vote of the Commission. 
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street but have modified their present city ordinance to reduce the method of 
angle parking from 45 degrees to 35 degrees, which they trust will meet the 
requirements to the extent that the Commission will autherize the painting and 
maintaining of stripes for such method of parking at state expense. The Ingi- 
neer was instructed to inform Mr. Ford that the Commission's policy in this 
regard requires the city to adopt the parallel system of parking cars, and un- 
less the city will provide for such method of parking, the state will neither 
paint nor maintain the parking stripes. 


Secondary Highway, through Irving, either "Gent Drive" or "Gent Road". The 
this is a county obligation. 


The Commission considered and denied the request from Mrs. Wm. M. 
Dale, Portland, on behalf of the United Daughters of the Confederacy, for per- 
mission to erect a "Jefferson Davis" marker on the Pacific Highway near the 
south end cf the Interstate Bridge, in Multnomah County. 


A letter wes presented from W. J. Kyle, Mayor of Florence, recom- 
mending the sale of certain state-owned property in Florence to Mir. Roy Swen- 
son, mill operator and home owner of Swisshome, Oregon, who plans to use this 
property in connection with a tourist camp and park which he proposes to con- 
struct at this place. The Commission decided not to sell this property, it 
being needed for highway purposes. 


A letter from the American Red Cross, Linn County, relative to se- 
curing some of the brick that was salvaged from the old brewery milding at 
Albany, for use of a widow with six children whose home was recently burned, 
the brick being needed for the construction of a chimey, was considered. 

The Commission refused to give the brick to the widow, it being strictly con- 
trary to the Commission's established policy to give state property to pri- 
vate individuals, but authorized the Engineer to let the Red Cross, which is 
a public organization, have enough brick to construct the chimney. 


The Commission considered and denied the request from the Devils 
Lake Regatta Association for permission to maintain two signs over the Oregon 
Coast Highway, advertising the Sixth Annual Regatta at Devils Lake on June 24 
and 25, 1939, it being strictly contrary to the Commission's established poli- 
cy to permit such signs over state highway rights of way. 


A letter was presented from P. M. Morse, County Engineer, Lane Coun- 
ty, transmitting « petition from Lane County citizens who desire to secure m- 
terials from state-owned property adjacent to the McKenzie Highway, near 
Thurston, for use in connection with the construction of a county road which 
extends north from the McKenzie Highway to the old state highway a short dis- 
tance east of Tmrston. The Commission referred this matter to the Engineer 
for investigation. 
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+ with Tillamook County providing for county mainten- 
ance of the Tillamook-Netarts County Road after improvement of the 
same by the state as a federal aid secondary highway project. 


Agreement with Mllamook County providing for county mainten- 
ance of the Wilson River Loop County Road after improvement of the 
same by the state ap a féderal aid secondary highway project. 


Agreement with Clackamas County providing for commty mainten- 
ance of the Eagle Creek-Firwood County Road after improvement of 
the same by the state as a federal aid secondary highway project. 


Agreement with Polk County providing for county maintenance 
of the Falls City County Road after improvement of the same by 
the state as a federal aid secondary highway project. 


Agreement with City of Falls City providing for maintenance 
of North Main Street, in Falls City, after improvement of the 
same by the state as a federal aid secondary highway project. 


Agreement with Douglas County providing for county wainten- 
ance of the North Umpqua County Road after improvement of the 
same by the state as a federal aid secondary highway project. 


Agreement with Wallowa County providing for county mainten- 
ance of the Hurricane Creek County Road after improvement of the 
same by the state as a federal aid secondary highway project. 


Supplemental agreement with Southern Pacific Company and the 
City of Klamath Falls covering additional work on the Main Street 
Undercrossing Project in Klamath Falls. 


Agreement with Nicolai-Neppach Company providing for the ac- 
quisition of certain property in Tillamook County for park purposes. 


Agreement with Ginn Coleman & Company providing for the lease 
of property for the storage of highway equipment in the town of 
Moro, Oregon. 


Easement granting to George E. Huntly permission to truck- 
haul logs across state property in Tillamook County. 


Permit granting the City of Sweet Home authority to construct 
and maintain sidewalk on Santiam Highway in Sweet Home. 


Application for right of way across tribal lands in Warm 
Springs Indian Reservation. 


Bargain and Sale Deed conveying unto L. V. Roake 2,250 sq.ft. 


of land situate in Lots 6 and 7, Block 4, Oregon City, being right 
of way transactions Nos. 3055 and 6468. 
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The Commission had under discussion a letter from Contractor Henry 
C. Nelson requesting an extension of time of 86 days, from February 16 to May 
13, 1939, within which to complete his contract for the construction of main- 
tenance buildings at Suntex Junction and Brothers on the Central Oregon High- 
way, in Harney and Deschutes Counties. He attributed his failure to complete 
the project within the specified time limit to bad weather conditions and the 
performance of extra work in connection with this job. The Engineer advised 
that the reasons given by Mr. Nelson for failure to complete this project on 
time are correct. He recommended, in view of the circumstances, that the ex- 
tension requested be granted without penalty and submitted in support thereof 
a letter from the Acting Regional Director of the Public Works Administration 


concurring therein. The Commission approved the recommendation by unanimous 
vote. 


The Engineer reported that Contract No. 2099 for the construction 
of a bridge over Catching Slough on the Coos River Secondary State Highway, 
in Coos County, was completed by Contractor J. W. & J. R. Hillstrom on March 
30, 1939, according to the requirements of the contract or modifications 
thereof and that said job is now ready for acceptance. The following resolu- 
tion accepting this project was offered and was adopted by the unanimous vote 
of the Commission: 


WHEREAS, the Engineer has reported that State Highway Con- 
tract No. 2099 with J. W. & J. R. Hillstrom for the construction of 
a bridge over Catching Slough on the Coos River Secondary Highway, 
in Coos County, has been completed according to the terms and pro- 
visions of the contract and that said job is now ready for accep- 
tance; 


THEREFORE, BE IT RESOLVED that the work covered by said 
state highway contract for the construction of said state highway 
bridge be declared completed according to the terms of the con- 
tract and that said job is hereby accepted and final payment in 
connection therewith is hereby authorized. 


The Commission discussed the matter of a date for its next regular 
meeting for the receiving of bids and decided to hold such meeting in Portland 
on May 18 and 19, 1939. The Secretary was instructed to make the usual ar- 
rangements for the use of the auditorium in the Public Service Building. 

The Commission also decided to hold a special meeting of the Commission in 
the office of the State Highway Ingineor, Salem, on Friday afternoon, April 
21, 1939, to dispose of routine matters. 


The Commission considered and signed agreements, et cetera, 4s fol- 
lows: 


Agreement with Tillamook County providing for county mainten- 
ance of the Fairview-Clemmens Corner County Road after improvement 
of the same by the state as a federal aid secondary highway project. 


unanimous vote subject to the condition that the matter be covered by appro- 
priate agreement. In this connection the Ingineer requested euthority to con- 
struct such landscaped areas or islands, with curbs, as a general proposition 
where entrance and exit driveways are provided at service stations or other 
places of business adjacent to state highways. It was his thought that such 
islands would not only add to the attractiveness of the highway but would al- 
so act as a safeguard for traffic. The Commission approved the suggestion 
unanimously. 


A delegation from East Woodburn, headed by Mr. J. F. Lawrence, and 
consisting of C. W. Smith, S. W. Maupin, Harris Nelson, and J. L. Klamp, came 
before the Commission and requested the following improvements: (1) Filling 
in of the ditches on both sides of the Pacific Highway through East Woodburn 
and the oiling of the shoulders full width of the highway right of way; (2) 
Painting of safety lanes across the intersection of the Pacific Highway with 
Young Street and with Cleveland Street; (3) Installation of a "stop" and "go" 
signal at the intersection of the Pacific Highway with Young Street. 


They declared that the highway ditches as now maintained are traffic 
hazards and are the frequent cause of traffic accidents, and that the oiling 
of the shoulders is a necessity in order to eliminate the dust nuisance that 
obtains during the dry season in front of the business establishments in this 
part of Woodburn. They also declared that the painting of safety lanes across 
the Pacific Highway at Young Street and at Cleveland Street will be of great 
assistance in safeguarding the pedestrians who are obliged to cross the Pacif- 
ic Highway at these points, particularly the cannery workers, of whom there 
is a great number. Mr. Lawrence alleged that the flashing beacons that have 
already been installed over the highway at Woodburn are not satisfactory be- 
cause they do not slow down traffic to any appreciable extent, which is the 
reason they would like to have "stop" and "go" signals substituted. He said 
that they would raise sufficient money by popular subscription to pay one- 
half the cost of such installation, which, he understood, was a requirement 
of the Commission. Mr. Lawrence filed »etitions signed by 57 residents of 
Woodburn in support of their oral requests. 


The delegation was informed that the Commission is not in a position 
today to act on its request, but investigation would be made and it would be 
advised later as to what it could expect. The matter was thereupon referred 
by the Commission to the Engineer for such investigation and report. 


The County Court of Marion County, consisting of County Judge J. C. 
Siegmund and County Commissioners Roy S. Melson and Jim E. Smith, and County 
Engineer N. C. Hubbs, came before the Commission relative to the improvement 
of the Salem-Silverton County Road. They were informed that the Commission 
has budgeted $37,000 of federal aid secondary highway funds for the improve- 
ment of this road and had planned to select a project at the Silverton end, 
but it appears that difficulties have been encountered in securing the needed 
right of way, so there is a question whether or not the Commission should pro- 
ceed with its plans for the improvement of such section or should send its 
money for improving the section at the Salem end of this highway where only 
a very small amount of extra right of way is needed. The Engineer advised 
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There being no further business to come before the Commission at 
this time, the meeting was adjourned at 5:30 o'clock p. m. 


- ~ ' 
State Highway Engineer Commissioner 


/, 


Secretary A Commissioner 7 


Salem, Oregon, April 21, 1939 


The State Highway Commission met in special session at 2:00 o'clock 
p- m. in the office of the State Highway Engineer, Room 325, State Office 
Building. Present were: 


Henry F. Cabell, Chairman 

E. B. Aldrich, Commissioner 

Huron W. Clough, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


Also present were W. H. Lynch, District Engineer, and T. M. Davis, Highway 
Engineer, representing the U. S. Bureau of Public Roads. 


Mr. C. H. Lake, Salem, came before the Commission relative to the 
servicing of automobiles on the highway right of way at his service station 
just south of Salem. It appears that Mr. Lake's service station has been 
built too close to the highway to allow the servicing of cars entirely off 
the highway right of way and he has been notified to discontinue servicing 
cars in such location, which is in conformance with the Commission's estab- 
lished policy. Mr. Lake stated that he is not the omer of the buildings, 
being simply a renter, and that he did not know at the time that he leased 
the property that the servicing of cars on the highway was prohibited. He 
asked the Commission to modify its rulings in this particular instance so 45 
to allow the servicing of cars on the highway during the lifetime of his 
lease, which, he said, expires in about 3 years, when he will make other ar- 
rangements. After considerable discussion the Engineer suggested, in view 
of the fact that the owner of this service station misrepresented conditions 
to ir. Lake at the time the property was leased, that it might be advisable 
to allow Mr. Lake to continue the servicing of cars on the highway right of 
way as a temporary proposition until his lease expires. He further suggest- 
ed, 1s @ safeguard to other traffic, the construction of a landscaped area, 
enclused by concrete curbs, between the driveway to Mr. Lake's pumps and the 
traveled portion of the highway. The Commission approved the suggestion by 
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estimated cost of the work across the public lands, there being insufficient 
federal lands funds available in the 1940 allotment to pay for all of the 
work across such sections. He explained that, if the Commission will agree 
to do this, arrangements would be made in the programming of the fiscal yeer 
194) federal lends funds to allocate a sufficient amount of such funds to the 
1.0.N. Highway to cover the amount advanced by the state, so that, in the end, 
the financial status of the project will be the same as if the work were done 
in units from year to yeer as federal funds are available. This arrangement 
is suggested, he said, in order to expedite the completion of this road in 
Oregon. 


After considerable discussion, the Commission by unanimous vote ap- 
proved Mr. Lynch's suggestion and authorized the Engineer to prepare this 18- 
mile section for contracting later in the year. The Commission also, by wnan- 
imous vote, approved the following telegram prepared by Mr. Lynch covering 
the matter: 


"Following is resume of agreement concerning allotment of 1940 
fiscal year public lands funds. State will allot all 1940 fiscal 
year public lands funds to ION with understanding sufficient 1941 
public lands funds will be allotted to it when available to make up 
full share of federal obligation. They will let contract this fall 
for eighteen mile section. The state's estimate for this section 
is $133,000 of which approximately $76,000 chargeable to public 
lands funds. State also insists that when 1941 public lands funds 
are programmed $80,000 will be allotted to project for warm Springs 
Indian Reservation. According to our figures there is no belance 
of public lands funds from 1939 but a deficit of about $10,000 be- 
cause project 2D in “arm Springs Indian Reservation included in pro- 
gram not contracted. State expects to provide sufficient state 
funds to carry out 1939 program as they feel this project must be 
built on account promise to people." 


A delegation from Silverton, consisting of Dr. P. A. Loar, John Por- 
ter, T. T. Leonard, and John Goplerude, came before the Commission in regard 
to the improvement of the Salem-Silverton County Road as a federal aid second- 
ary highway project. Dr. Loar headed the group. They stated that when this 
project first came up for discussion the Marion County Court apparently was 
in favor of the improvement of the east or Silverton end of this road and 
asked the people of §ilverton to acquire needed right of way, which they en- 
deavored to do, although no definite agreement covering the matter wus con- 
summated. They further stated that they arrenged for all of the right of way 
with the exception of two parcels which could not be financed, and discontin- 
ued negotiations for the same when they learned that the County Court had 
changed its attitude toward the project and now intended to recommenc the in- 
provement of the westerly or Salem end of the road. They urged the Commis- 
sion to adhere to its present plan and reconstruct the Silverton Section. 


Chairman Cabeil advised that it does not appear possible to con- 
struct the easterly end of this road under the present program because of the 
right of way difficulties, and for the further reason that it is now too late 
for the county to do the grading work which it planned to do as a W. P. A. 
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that this work must be contracted not later than June if the improvement, 
which is to consist of oiling work, is to be completed this year. Also, that 
he is ready to proceed with the survey but must know which section to prepare. 


Judge Siegmund stated that the County Court was at first in favor of 
improving the Silverton end of this road, provided the people of Silverton 
would secure the needed right of way, which they agreed to do. However, the 
city did not acquire all of it and a goodly portion of that which was acquired 
was contingent upon so many conditions that it was unsatisfactory. It is now 
too late, he said, for the county to do anything about it, so the County Court 
has decided to recommend the improvement of the Salem end of the road. The 
Engineer advised that the plans for this section provide for the routing of 
traffic over the street that was oiled for use as a detour when the Salen 
North Section was improved a few years ago rather than over the present road 
past the State Fair grounds, which involves a railroad grade crossing in North 
Salem. This detour road, he said, is 50-feet wide and he believed that it 
would meet the federal requirements in that respect which would preclude the 
necessity to purchase additional right of way at this point. 


Mr. Lynch stated that the Bureau of Public Roads would approve 4 
right of way 50 feet wide for such improvement. After considerable discussion 
Chairman Cabell announced that the State Highway Commission is inclined to fa- 
vor the County Court's request for the improvement of the Salem end of this 
road but must defer a decision in regard thereto pending e conference with a 
delegation from Silverton which is to appear before the Commission at this 
meeting. He added, however, that the Commission will improve such westerly 
end unless the Silverton delegation presents arguments strong enough to alter 
the Commission's present ettitude with respect to this project. The Chair- 
man's statements were confirmed by Commissioners Aldrich and Clough. 


Reconsideration was given by the Commission to the matter of adopt- 
ing new wage rates for labor employed on state contract work. After discus- 
sion, it was decided unanimously to continue the three classifications of le- 
bor as in the past; namely, common labor, intermediate labor, and skilled la- 
bor, and to prescribe minimum wage rates of 60 cents ,er hour for common labor 
which is a 10-cent-per-hour increase over the present rate; 75 cents ,er hour 
for intermediate labor; and 91.20 ger hour for skilled labor. The Ingineer 
was instructed to specify such minimum rates in the specifications for the 
jobs on which the Commission will receive bids at its meeting on May 18 and 
19, 1939. He also was instructed to notify the Portland Chapter of the Asso- 
ciated General Contractors of America, and Mr. C. D. Long, Business Kepresenta- 
tive of the Klamath Falls Building Trades Council, of the action taken, 


Mr. W. H. Lynch, District Engineer, Bureau of Public Koads, was 
present and brought up for discussion the construction of the uncompleted por- 
tion of the I.0.N. Secondary Highway, in Malheur County, about 18 miles in 
length. He advised that inquiry has been made by the Chief of the Bureau of 
Public Roads as to the possibility of contracting this work this fall so as to 
expedite the completion of the entire highway. He pointed out that this would 
necessitate the allocation of all of the 1940 federal lands moneys for this 
work and the advancement of state funds to make up the difference in the total 
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Mr. Gonvill also urged the Commission to acquire the balance of the 
right of way for the proposed Astor Street vroject. He said that the City of 
Astoria owns a number of lots that will be needed for this right of way and 
has received several offers for the same but does not want to sell until they 
know whether or not the state needs them, so as to avoid repetition of the case 
of the sale of certain lots to the Associated Oil Company which has construct- 
ed a service station thereon. In this connection he pointed out that it will 
be necessary now for the state to purchase from the oil company not only the 
lots but also the buildings, and suggested that the state could save consider- 
able money in this particular transaction by acquiring from the city Lots 5 
and 6 of Block 132, at the site of the proposed ferry dock at 17th Street, & 
portion of which will probably be needed for right of way for the Astor Street 
improvement. Such location for the oil station, he said, will be ideal, be- 
cause it will not only front on the highway but will also front on the road 
leading to the ferry. 


Chairman Cabell advised that the Commission does not have funds 
available to finance the Astor Street improvement at this time and hesitates 
to give the people of Astoria any false hoves for the early construction of 
this project by acquiring right of way now. The first moneys available for 
this work, he said, are the 1940 funds, for which a program has not yet been 
arranged, and the Commission is not in 4 position at this time to definitely 
commit them. The Assistant Attorney recommended approval of lr. Convill's sug- 
gestion relative to the acquisition of Lots 5 and 6, Block 132. He also sug- 
gested that it would be advisable to at least make an attempt to secure quit- 
claim deeds from the owners of other properties that arc needed for this right 
of way, which properties are now being foreclosed by the county for non-payment 
of taxes, rather than to wait until February of next year when the rights of 
redem»tion expire. There are three or four parcels, he said, in this category 
which he believed could be acquired by quitclaim deed upon paynent of not to 
exceed $50 each. 


After considerable discussion, the Commission approved the Assistant 
Attorney's suggestion and authorized Mr. Convill to consult with the oroverty 
owners on such basis. ‘The Commission also, by unanimous vote, approved secur- 
ing a deed from the City of Astoria for Lots 5 and 6 of Block 132, it being 
understood that the state will deed back to the city such portion of these 
lots as are not actually needed for right of way or for trading surovoses in 
securing other right of way for this project. 


The Engineer brought up for discussion the proposed agreement with 
Coutructor Roy L. Houck altering somewhat the provisions of his contract No. 
2159 for grading the approaches to the Albany overcrossing structure on the 
Pacific Highway, in Linn County. It appears that when this contract was award- 
ed it was intended that Mr. Houck should secure embanknent materials from a 
pit located about 14 miles north of the job, which would necessitate the con- 
struction of a hauling road across private »roperty. However, since then Mr. 
Houck has purchased new equipment that will reduce materially the unit cost 
of his work; but, in order to use this equipment, it will be necessary for 
him to utilize a hauling road constructed on the new highway location north 
of the limits of his project, which section it was not proposed to place under 
contract until later in the year. The Ingineer advises that Mr. Houck wants 
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project. He explained that the Commission budgeted $37,000 to finance this im- 
provement but such amount was not sufficient to pay for all of the work in- 
volved, so the Marion County Court agreed to cooperate by constructing the 
grade, which it intended to dc as a W.P.A. project. He further explained that 
due to delays, the grading work could not possibly be done early enough to in- 
sure the completion of the surfacing and oiling this season, so it appears 
that the state will lose this woney entirely for this year's construction un- 
less it is used to finance the Salem Section. He added that the Commission 
will be pleased to give consideration to a project at the east end if and when 
edditional federal aid secondary highway funds are provided by the Government. 
Commissioners Aldrich and Clough confirmed Chairman Cabell's remarks. The 
members of the delegation also approved the solution as outlined, which, they 
stated, they much prefer to losing the money altogether. 


Messrs. James Convill and G. 1. McClean, City Manager and City Engi- 
neer, respectively, of Astoria, came before the Commission in regerd to the 
narrowing of Taylor Avenue (present route of the Oregon Coast Highway) be- 
tween Columbia Street and Hamburg Street, in Astoria. They advised that orig- 
inally this street was dedicated 120 feet in width, but a number of years ago 
an understanding was had between certain people of Astoria and the City Coun- 
cil to the effect that the street would be narrowed to an 80-foot width, such 
narrowing to be done on the east side of the street, although there appears 
to be no record of the adoption of an ordinance to that effect and no: record 
of any kind to indicate that the agreement was @ fact. Buildings constructed 
along this street in recent years, they said, have been built so as to en- 
croach on the street in accordance with this understanding, and there are & 
number of new buildings proposed but the owners do not care to proceed with 
construction until the narrowing of the street has been approved and official- 
ly adopted by the City Council. Mr. Convill exhibited a map showing the pres- 
ent encroachments and inquired whether or not the Commission had any objection 
to the City Council taking appropriate action to effect the narrowing of this 
street to 80 feet in width. 


The Engineer explained the Commission's requirements for right of 
way widths and gave as his thought that 4 right of way at least 100 feet wide 
should be provided along Taylor Avenue because of anticipated traffic condi- 
tions, but he requested time to give the matter further study before definitely 
committing himself in regard thereto. 


Chairman Cabell advised that the Commission is not ready today to 
say how wide the right of way should be at this point and is reluctant to ap~ 
prove an 80-foot width because it believes that future traffic will demand a 
wider section, however, further investigation will be made to ascertain the 
migimum width that is needed and the City will be advised of the findings. He 
futther stated that, if the City of Astoria feels that it must reduce the pres- 
ent width of Taylor Street in order to satisfy the adjacent property owners 
and to carry out the City's previous oral understanding with them, then the 
Commission will not object thereto if that can be done without causing traffic 
congestion. Commissioners Aldrich and Clough confirmed Chairman Cabell's 
statements whereupon the Engineer was instructed to investigate further and 
render a report thereon as soon as possible. 
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In the event that in the final computation of the value of 
work done the total over-runs in the tabulation hereinabove 
given should exceed the total under-runs, State shall reim- 
burse Contractor to the extent of the excess of the over-runs 
over the under-runs, based upon the unit items and the unit 
prices set out in the said tabulation. In the event that the 
total computed under-runs should exceed the total computed 
over-runs the State shall have the right to extend the work 
to be done easterly from Station 343+45 for a sufficient dis- 
tance to abaorb the difference, based upon the unit items and 
unit prices hereinabove stated. 


2. The work to be done by Contractor shall be in ac- 
cordance with the highway plans and roadbed sections shown 
by the State Highway Department standard plans, consisting 
of three sheets, entitled Albany Overcrossing Section, Pacif- 
ic Highway East, Sheet No. 1, Sheet No. 2, and Sheet No. 3. 


3. All work to be done shall be in accordance with 
the specifications and special provisions set out in the 
said Contract No. 2159 and shall be subject to the same en- 
gineering supervision and approval as the other work to be 
done under the said contract. 


4. Contractor shall maintain the said highway road- 
bed and surfacing during his hauling operations theréover, 
and at the conclusion of the said operations shall turn 
the same over to State smoothed and finished in accordance 
with the standards for aceeptance of new work as set out in 
said Contract No. 2159. 


5. It is understood that the bridge on the project 
located approximately at Station 351 will not be constructed 
and that at this point the Contractor, at his own cost and 
expense, shall provide a temporary detour road around the 
location of the said future structure. The Contractor will, 
however, be required to construct the road embankment and 
gravel sub-base up to points on each side of the structure, 
as directed by the engineer, which will not interfere with 
the future construction thereof. 
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It is specifically understood and agreed that this 
agreement is collateral to and is not in derogation of any 
of the terms, conditions, and agreements of the said Con- 
tract No. 2259, except as to the route or routes for haul- 
ing materials set out in said contract. 


It is further understood and agreed that Contractor 
shall make arrangements with Great American Indemnity 
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the state to acquire the right of way for this section now and let him con- 
struct a hauling road thereover, which would not only be of benefit to him 
but would also be of benefit to the state later on by reducing the cost of 
construction of this particular section. Not only will Mr. Houck make a sav- 
ing in cost, he said, but the state will also benefit by reason of the change. 
He read alowd the provisions of the proppsed agreement, the salient features 
of which follow, and recommended approval of the same: 


THINGS TO BE DONE BY STATE: 


1. State, at its own expense, shall acquire the right 
of way for the revised location of the Pacific Highway East 
between Engineer's Station 349+75 and Engineer's Station 
388+80 and shall render the same, or so much thereof as may 
be necessary for hauling road purposes, available to Con- 
tractor by not later than May 20, 1939, and thereafter shall 
permit and allow Contractor to conduct hauling operations 
thereover in lieu of the routes stated and set out in the 
said Contract No. 2159. 


THINGS TO BE DONE BY CONTRACTOR: 


1. Contractor shall expend the sum of $6,600.05 in 
the construction of a highway roadbed between Engineer's 
Station 345 and Engineer's Station 390, including clearing 
and grubbing, roadbed, embankment, drainage structures, 
and selected road topping. The expenditure of the said sum 
of $6,600.05 shall be computed upon the basis of the sched- 
ule of items, quantities, and unit prices hereinafter set 


out: 
Unit Net 

Iten Unit Price Quantixy Allonance Total Cost 
Clearing and Grubbing All All All $ 500.00 
Trench Excavation Cu. Yd. 1.00 368 30 398 398.00 
Exc. Single Classification Cu. Yd. 0.20 13614 1386 15000 3,000.00 
Truck Haul ¥d. Mi. 0.06 3298 202 3500 210.00 
Finishing Roadbeds and 

Slopes Mile 200.00 0.86 0.86 172.00 
12" Concrete Pipe Lin. Ft. 0.80 135 6 141 «(112.80 
18" Concrete Pipe Lin. Ft. 1.45 516 a> 525 ‘761.25 
24" Concrete Pipe Lin. Ft. 3.00 39 3 42 126.00 
Selected Road Topping 4" Cu. Yd. 0.44 2527 4B 3000 1,32000 


Total Amount $6,600.05 
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Also, any holiday that is designated by the President of the United States or 
the Governor of the State of Oregon; also, the Monday immediately following 
the above-mentioned holidays that happen to fall on Sunday. 


The Engineer reported that of April 12 he awarded to Clifford A. 
Dunn of Klamath Falls the contract covering the grading, surfacing, and oil- 
ing of the Dixonville-Mud Hollow Section of the North Umpqua County Road, in 
Douglas County, Mr. Dunn being the low bidder on this project, for which bids 
were taken on April 7, and the conditions of the award having been satisfied. 
The Commission approved the award of this contract, as reported, by unanimous 
vote. 
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The Secretary presented a letter from the County Treasurer of Des- 
chutes County, requesting an advance to Deschutes County of a portion of the 
county's share of the motor vehicle and gasoline tax license fees which will ms. 
be distributed on July 15, 1939, to enable the county to pay off certain road a, §- 
bonded indebtedness due on May 1, 1939. He also presented a certificate from . 
said County Treasurer, advising thet Deschutes County has road bonds maturing iS 
in the amount of $5,000 on May 1, with interest amounting to $1,385, and that 
the county has only $1,427.32 on hand in its sinking fund to take care of such 
obligation; and a resolution from the Deschutes County Court requesting an ad- 
vance of $4,957.68 to take care of this expense. The Attorney advised that 
this request meets the legal requirements. The Commission thereupon by unani-~ 
mous vote approved the request and signed a letter directed to the Secretary 
of State authorizing him to advance such sum to Deschutes County and request- 
ing that a deduction of like amount be made from the next payment or alloca- , 
tion due Deschutes County from the state highway fund. ¥ 
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The Engineer requested authority to acquire certain parcels of real 
property that are needed for various highway improvements throughout the 
state. He presented a list of such properties, together with the prices that 
he recommended be paid for each. After careful consideration the Commission Fj 
approved the request and by unanimous vote adopted the following resolution a 
in regard thereto: 


WHEREAS, in connection with the further improvement of the a 
highways hereinafter designated, it is and has been necessary to ac- 
quire property for right of way, quarry sites, gravel or other ma- i 
terial sites, or sites for the storage of materiels, as hereinafter ee. 
more definitely set forth; and 


WHEREAS, as a result of negotiations carried on with the 
owners of the property required, options have been obteined, which s 
options have been considered by the Commission, outlining the bases g 
of settlement which have been agreed upon; and "3 


WHEREAS, it is the judgment of the Commission that the 
said options should be approved and accepted, and/or the said reports 
be declared acceptable to the State Highway Commission as bases of 
settlement for the proverties involved, end that the acquisition of 
the properties should be completed: 
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Company to the end that the work to be done hereunder shall 
come under the protection of the bond heretofore given in 
connection with the said Contract No. 2159 to the same effect 
and to the same extent and purpose as though the work herein 
set out had been included in full in said contract. 


After considerable discussion, Chairman Cabell expressed himself as 
satisfied with the agreement if it is legal and will be approved by the Bu- 
reau of Public Roads, which is cooperating in this work. It was his thought 
that this is about es good a deal as the state can get covering the matter 
and that it should be accepted. Commissioners Aldrich and Clough concurred, 
making the decision unanimous. The Commission thereupon signed the agreement 
with Mr. Houck and authorized the Attorney to proceed with the taking of op- 
tions for the extra right of way, which is estimated to cost approximately 
$12,000, as soon as this arrangement has been approved by the Bureau of Pub- 
lic Roads. 


The Commission had under discussion the matter of the sale of three 
houses in Pendleton that were acquired in connection with the acquisition of 
right of way for the Pendleton Overcrossing Section of the Old Oregon Trail, 
which buildings were moved from this right of way to state property aijacent 
to the Pendleton maintenance building. The Engineer advised that one of 
these houses is now rented to an employee of the State Highway Department and 
the other two to outside parties; also, that this year's budget contains an 
item of $640 for house repair and maintenance. He questioned the advisabil- 
ity of continuing on the present basis of renting the houses because so much 
time is taken to investigate petty complaints and requests for improvements 
by the renters. He suggested that it would be better to sell the houses, or 
at least to hire someone to handle the renting of the same, which would re- 
lieve the state's employees of such duty. Commissioner Aldrich advised that, 
regardless of what the Commission decides about the houses, in his estimation 
the land on which the houses are located should be reteined by the state be- 
cause it is valuable property. After discussion, the Commission referred the 
matter to the Attorney for investigation and recommendatioh. 


The Commission discussed and approved a form letter providing 4 pro- 
cedure for the disciplining of log haulers who are arrested for transporting 
over state highways loads weighing in excess of the statutory weight limits, 
such letter having been prepared as 4 result of a conference with Senators F. 
M. Franeiscovich and U. S, Balentine, representatives of the Department of 
State Police and Public Utilities Commissioner, and members of the Logging in- 
dustry, at a meeting held in the Benson Hotel on April 5, 1939. (See Circu- 
lar Letter No. 119, dated May 5, 1939.) 


The Commission had under discussion the designation of holidays dur- 
ing which log-hauling operations shall not be allowed on state highways, and 
decided to prohibit such hauling on the following holidays: New Year's Day, 
January 1; Memorial Dey, May 30; Independence Day, July 4; Labor Day, first 
Monday in September; Armistice Dey, November 11; Christmas Day, December 25. 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


6440-Cecil, Geo. E. 5500 sq.ft. Land $250, + $100, + mov- 


(Lulu L. Nielson) ing bldgs. (Est.at $400) 
Benson 
6441-Nicholson, Lawrence T. 16115 sq.ft. Land $1850 Lump Sum 
+ moving bldgs, $2361 
(estimate) ° 
6442-Nelson, Walter and 
Erickson, P. aA. 1372 sq.ft. 6¢ sq.ft. + $367.68 " 
6443-Deschutes County 1200 sq.ft. Gratis " 
6444-Pursley, H. A. 3600 sq.ft. 6f sq.ft. + 9165 n 
6446-Bend, City of 6360 sq.ft. Gratis " 
6445-Stone, Jennie 1200 sq.ft. 6¢ sq.ft. + #98 " 
6447-Gilbert, N. 2. 102 sq.ft. $50 Lump Sum ” 


4310 sq.ft. 5é sq.ft. + $84.50 Gardiner 


- Coos Bay- bur. hwa, 
6829-Jacobson, James N. Stock Pile 0.234 $50 Lump Sum Lytle 


En j ago | 


Empire-Charleston Section ~ Cave Arago iHisnwey 
6751-Hutcheck, Caroline Stock Pile 0.61 $100 Lump Sum Gardiner 


Deschutes River-John Day River Section - Columbia River Highway 
6054-United States Trust Co. 0.18 Land $25 plus payment of 
Scale Site taxes (approx. $2) Collins 


Enterprise—Joseph Section - Wallowa Highway 
6728-\Wiallowa County Stock 17715 sq.ft.$10 Lump Sum Williams 
Pile 
t = r_ Pa ection — al Ore Highwa: 
6704-Drinkwater, Castolia Haul Road 1.21 $28.40 per a., land to 
to gravel pit revert upon abandonment Wells 


Creek- ection — Wasco-Hepone hwe. 
6682-Cox, Elbert L. UN 0.10 Land $10,+ $266.75 Wells 
n 


6804-Jones, C. N. " 0.10 Land £10,+ $66 


The Attorney requested instructions relative to the sale of an old 
building in Albany, located on the new state highway right of wey. He said 
that the building is an old structure of not much value and advised that it is 
quite important that it be disposed of and removed from the right of way before 
the Commission meeting on Mey 18. He was authorized by the Commission to ad- 
vertise the building for sale in the Albany news aper for bids to be received 
at the Attorney's office, in Salem, on May 10, 1939. 


The Attorney requested authority to condemn 4 parcels of real proper- 


ty in Albany, that are needed for right of way for the improvement of the Pecif- 
ic Highway East, in that city, as follows: 
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NOW, THEREFORE, BE IT RESOLVED that the several offers, or 
bases of settlement hereinafter enurerated be, and the same hereby 
are, approved and accepted, and that the Attorney for the State High- 
way Commission be, and he hereby is instructed to complete the acqui- 
sition of the said properties and to take title thereto in the name 
of the State of Oregon. The said properties hereby ordered and au- 
thorized to be acouired are as follows: 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


ton-S e on - umbia River wa: 
ward, C. F. 334 sq.ft. To be exchanged for prop- 
(CORRECTION ) erty outside of right of 
way, plus moving bldgs., 
(low bid $698) McChesney 
DeSouza 
»neridan Llaminé SC TLLOF 
6752A-Olympia Veneer Co. R McChesney 
6752-Kershaw, Harry M. " 0.093 $300 per 4. " 
Jensli-Clatsop County Line — Nehates emo. 
787-Woodbury, Eva Stock Pile 3.0 $50 per a. plus $75 McChesney 
Amity-Hopewell Section - Bellevue—Hopewell Highwey 
6807-Edlefsen-Weygandt Stock Pile 1.05 $45 per a. McChesney 
Company 
Br lle — Ha 
5952-Paden, Elizabeth M. Damages by change 
(SUPPLEMENTARY REPORT) in grade $200 Collins 
No ect = h 
58,7-Falwell, Edward 9862 ug.ft. 5¢ sq.ft. plus $1606.90 
Gardiner 


4736 sq.ft. 5¢ sq.ft. $1263.20 * 


5850-Bahrke, E. D. « 

6050 sq.ft. 5é sq.ft. " $1297.50 " 
fn 
n 


n 
5855-Norby, A. E. " 
58,6-Aya, Norbert " 27844 sq.ft. 5f 9q-ft» 
5853-Price, Nettie J. " 7838 sq.ft. 5é sq.ft. 
plus moving bldg. (Est. 


$3117.80 * 


at $600) ® 
Albany-Airport Road ~ Pacific pe East 
5879, 5880-Burkhart, Mamie L. 3.182 a. at $314.20 per a. 
plus $75 Gardiner 
e- r = al 
6229-Helfrich, Josephine and 
Deschutes County R/W Fencing - $65 | DeSouza 
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3, That the bounderies of the said parcel or parcels of 
land, as defined and determined by the said survey made by the said 
Highway Engineer, along the route or location adopted by the Highway 
Commission, shall be and the same hereby are adopted und the lands 
defined therein are hereby declared to be and the same are included 
within the rights of way of the said portion or portions of the said 
state highway system and hereby are declared to be necessary for the 
proper location, improvement, construction, and maintenance of the 
said portion or portions of the state highway system. 


4. That I.H.Van Winkle, Attorney General of the State of 
Oregon, and J. M. Devers, Assistant Attorney General and Attorney 
for the State Highway Commission, be and they are hereby requested, 
authorized, and directed to attempt to agree with the owner or own- 
ers and/or with the tenants or persons in possession, if there be 
any, of said parcel or parcels of land with respect to the compensa- 
tion to be paid for the taking of the same and the damage, if there 
be eny, and in the event that no satisfactory agreement or agree- 
ments can be reached, then it is hereby further resolved that the 
Attorney General of the State of Oregon and J. M. Devers, Assistant 
Attorney General and Attorney for the State Highway Commission, be 
and they hereby are requested to commence and prosecute to a final 
determination such suit or action, or suits or actions, as may be 
necessary and appropriate to acquire title to the said premises and 
all rights therein for the purposes herein stated. 


5. That this resolution be entered in full in the minutes 
and records of this Commission. 


The Commission considered and approved the payment of ¢290.00 to A. 
Van Lydegraf, representing extra payment in connection with the rehabilitating 
of an auto camp in the Bunker Hill District, Marshfield, occasioned by the re- 
construction of the Oregon Coast Highway at this point. 


The Commission reconsidered, but deferred action on, the claim of 
Ben Hur Lampman, Portland, to a section of the old right of way on the Oregon 
Coast Higaway in front of his premises near Nelscott, in Lincoln County, which 
was abandoned several years ago when this highway was reconstructed on new 
alignment at this place, there being some question as to whether or not Mr. 
Lampman is really entitled to this abandoned road. The matter was referred 
to the Attorney for further study. 


The State Parks Superintendent, Mr. S. H. Boardman, was present and 
presented a request for a $50,000 increase in the park budget for 1939. The 
Commission took the matter under advisement. 


The ‘Commission considered and signed agreements, et cetera, as fol- 


lows: 
Agreement with Dougles National Bank, Roseburg, covering the 
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Transaction No. 589, with E. L. Dickson and Mildred Dickson, recom- 
mended o:"fer $50.00; Transaction No. 5878, with Verna H. Crofton, recommended 
offer $525.00; Transaction No, 5882, with Max and Inez Brom, recommended of- 
fer $1,083; Transaction No. 5883, with Clarence Cox, recommended offer $5,000. 
The Commission approved the request and the amounts of the respective offers 
and by unanimous vote adopted the following resolution with regard thereto: 


WHEREAS, the State Highway Commission is by law euthorized 
and directed to lay out, locate, designate, construct, improve, and 
maintain a system of state highways in the State of Oregon, and to 
acquire rights of way and to declare the necessity and need for the 
acquisition thereof, and the advantages to be gained thereby; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission as follows: 


1. That the State Highway Commission does hereby find and 
declare that it is necessary and will be of advantage to the State 
of Oregon an? there is need that the State acquire for right of way 
purposes in . anection with the permanent location, construction, 
improvement, and maintenance of the following section or sections of 
the state highway system of the State of Oregon, to wit: 


Main Street-Airport Road Section of the Pacific Highway East 


land and property owned by or in possession of the following parties 
and/or persons, to wit: 


5849-E. L. Dickson and Mildred Dickson 
5878-Verna H. Crofton 

5882-Max Brown and Inez Brown 
5883-Clarence Cox 


as their respective interests may appear, and this Commission does 
hereby declare further that the said property or properties are nec- 
essary, are needful, and the acquisition thereof will be of advantage 
to the State of Oregon for right of way purposes in order to make it 
possible for the State Highway Commission to properly locate, con- 
struct, and maintain said portion or portions of the said state high- 
way syetem in accordance with standards adopted by this Commission 
relative to curvature, grades, alignment, drainage, and factors of 
safety. 


2. That the State Highway Engineer be and he hereby is 
instructed and directed to properly survey the parcel or parcels of 
land required for such right of way purposes and prepare proper and 
acequate descriptions thereof, which descri»tions shall be employed 
in the preparation of a deed or deeds or other instrument or instru- 
ments necessary to complete the acquisition of the said property or 
properties or which descriptions may be used in the preparation of 
a complaint in the event that condemnation proceedings ere necessary. 
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Salem, Oregon, April 22, 1939 


The State Highway Commission reconvened at 9:00 o'clock a. m. in 
the office of the State Highway Ingineer, Room 325, State Office Building, 
with Chairman Henry F. Cabell and Commissioner Huron hi. Clough present and 
participating. Commissioner Aldrich was excused from attending this meeting. 


The Engineer brought up for discussion the matter of increasing the 
amount of deductions to be made by contractors for subsistence of men employed 
by them on state highway construction work. He explained that, according to 
the present specifications, contractors are allowed to make a deduction of 
$1.00 per day for each man, which amount, in his estimation, is not enough to 
pay the contractors' costs on this account. He recommended increasing the 
amount cf the deduction to $1.20 per day. The Commission approved the recom- 
mendation unanimously. 


The Commission discussed at considerable length the bids received 
by the State Board of Control for the furnishing of power patrol graders. 
It appears that the bids were received on April 17 for two of such graders 
and were referred to the State Highway Department for recommendation in view 
of the fact that the low bidder did not submit an affidavit certifying that 
the equipment bid upon fully complied with the specifications as written. It 
also appears that, because of this technicality, the Board of Control did not 
award this business to the low bidder, although it was the thought of the 
Board that this technicality could be waived. 


The Commission took the view that this affidavit is an essential 
part of the bid and when it is omitted by any bidder the bid should be classed 
as irregular and should not be considered, particularly in view of the fact 
that the waiving of this feature of the specifications in this instance would 
preclude its future use inasmuch as the Commission could not insist upon full 
compliance with the specifications in one instance and waive it in another. 

It was the thought of the Commission that this affidavit is of such importance 
in the ficient and economical purchase of equipment, and particularly special 
types of equipment, that its use should be continued and should not be waived 
in any instance, regardless of how it affects the low bidder. The Engineer 
was instructed by the Commission to convey such information to the State Board 
of Control. 


The Commission adjourned at 10:00 o'clock a. m. and left immediately 


for Gold Beach. 
Macey Ft Cadet — 


OL Le Zherr YWbZeweg. 
State Highway Engineer : Commission«r 


Secretary 
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matter of the removal of slides from the bank's property adjacent to 
the Oregon Coast Highway, in Douglas County. 


Agreement with the heirs of the Pusey Estate, providing for the 
depositing of excavated materials on the Estate's property in Oregon 
City. 


Agreement with Beatrice Decker, Portland, relative to right of 
way for the Lombard-Killingsworth Section of the Northeast Portland 


Secondary Highway. 


+ with Cunningham Sheep Company, Pendleton, providing 
for the lease of 0.35 acre of land situate in the N.E.3 of the N.E.Z 
of Section 29, T. 3 S., R. 31 E., W. M., Umatilla County, for a per- 
iod of 50 years, from March 14, 1939. 


wy 


Agreement with Chessel Mills and Mamie S. Mills, husband and 
wife, providing for right of way for a detour road around the Wilson 
River Bridge situate in the N.W.t of Section 24, T 15S., Ro OW, 
W.M., Tillamook County. 


Agreement with Fred Wyss, cancelling the lease of a gravel bar 
situate in the Miami River adjacent to lir. Wyss's property, in Til- 


lamook County. 


Agreement with the City of Portland covering the construction 
of a lighting system on Interstate Avenue, Portland. 
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Agreement with the City of Portland providing for the mainten~ 
ance end operation of the proposed Interstate Avenue lighting sys- 


tem. 


Bargain and Sale Deed conveying unto Albert C. Jensen and wife 
2,210 square feet of land situate in Lots 1 and 2 of Block 39, 
Hackleman's Second Addition to Albany, Linn County. 


eT 3 


Bargain and Sale Deed conveying unto C. F. Howard and wife 
15,195 square feet of land situate in Lots 7, 8, 9, 10, 11, and 12, 
of Block 1, Georgetown (St. Helens), Columbia County. 


- 


The Commission adjourned at 6:30 o'clock p. m., to reconvene on the 
following morning in the same room. 


Vled DBs t< e+ > 
State Highway Ingineer Commissioner 
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The Commission discussed briefly a number of accounts outstanding 
against certain counties and cities, particularly its account against Clatsop 
County for right of way. It appears that the vlatsop County Court is of the 
understanding that the Commission has taken action to relieve the county from 
the payment of this account, which is contrary to the Commission's understand- 
ing. The Engineer was instructed to discuss the matter with Judge Boyington 
and the Clatsop County Court. 


Governor Charles A. Sprague came before the Commission at this time 
and introduced Herbert Dewart of Gold Beach and Raymond W. Wood, Brookings, 
who discussed with the Commission a labor matter involving a State Highway De- 
partment foreman by the name of W. J. Pacquet. It appears that ifr. Pacquet 
had charge of a maintenance crew operating near Gold Beach, one member of 
which, by the name of John Sleeman, was discharged by Mr. Pacquet, and that 
the rest of the crew, who quit their jobs in sympathy with him, have not been 
able to secure employment with the State Highway Department since that time, 
which leads them to believe that they are on a black list. They were assured 
by Chairman Cabell and the Engineer that the State Highway Department does 
not maintain a "black list" and,so far as this department is concerned, Mr. 
Sleeman and any of the other workers on such crew will be reinstated on high- 
way work whenever an opportunity arises where their services can be used. 


The Attorney reported on the status of negotiations with P. J. But- 
ler for the acquisition of a recreational area containing 160 acres situate 
adjacent to the Oregon Coast Highway, in northern Tillamook County. He said 
that Mr. Butler originally demanded $12,000 for this property but is now will- 
img to accept the sum of $6,000 for the same, which amount is still about 
$1,300 more than its value, as determined by a cruise of the timber standing 
thereon. He further stated that he is not in position today to make a recom- 
mendation on the matter, and suggested the retention of competent authority 
to appraise the property before t; Commission makes its decision. The Com 
mission approved the Attorney's suggestion and thereupon authorized him to 
consult such competent authority in Portland regarding the matter, the results 
of which are to be reported to the Commission later, by letter. 


The Commission was unanimously in favor of acquiring the Butler 
tract in order to fill out the present state park at this location, even if 
it becomes necessary to condemn the property in order to obtain it at reason- 
able cost. 


In this connection the Commission considered it advisable, in ac- 
quiring land for state park purposes, to secure recommendations from not 
only the State Parks Superintendent but also from the Right of Way Department 
as to the prices to be paid for the same, it being the thought of the Commis- 
sion that the experience that the Right of Way Department has had in land pur- 
chases would be of much benefit and value in the acquisition of park areas. 
The Commission adopted such procedure as its general policy to be followed 
hereafter in such matters. 


The Attorney reported on the ap;lication of the West Coast Power 
Company to construct its pole line across the state park located adjacent to 
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Gold Beach, Oregon, April 24, 1939 


The State Highway Commission met in special session at 11:00 o'clock 
a. m. in Sunset Inn for the consideration of a number of routine matters. 
Present were: 
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Henry F. Cabell, Chairman 

Huron W. Clough, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


A letter was presented from the Grants Pass Chamber of Commerce urg- 
ing the Commission to acquire at once the right of way needed for the proposed 
revision of the Pacific Highway south of Grants Pass, particularly between the 
Rogue River Bridge and a place known as Fred's Auto Camp, approximately 24 
miles. They pointed out that the location survey for this improvement has al- 
ready been made and that the Commission has exercised a number of options for 
right of way which have a direct bearing on property values in this vicinity. 
The rebuilding of the highway this summer was particularly urged in order to 
settle definitely the question as to whether or not the highway is actually 
to be reconstructed, and to stabilize property values. The Commission consid~ 
ered this a meritorious project worthy of construction at an early date if 
there were funds to finance it, but it appears that funds are not available 
unless they are taken from other approved projects in that vicinity; however, 
after considerable discussion, the Commission authorized the securing of op- 
tions for the balance of the right of way that is needed. 


The Attorney reported receipt of an offer from Talent Grange, Tal- 
ent, Oregon, to purchase a small parcel of land containing Q9 acre, opposite 
Highway Engineer's Station 195+00 on the Bear Creek-Talent Section of the Pa- 
cific Highway, in Jackson County. He advised that this parcel lies outside 
of the standard width right of way and that it cost the state $186.00; fur- 
ther, that he quoted the Grange a tentative price of $250.00 for the same but 
the Grange wants the state to donate it for grange purposes, it being their 
intention to build a grange hall on the property, to beautify the grounds, and 
to provide space on the property for the parking of cars. ‘The Commission by 
unanimous vote authorized the sale of this property for $250.00 to the Talent 
Grange, although it indicated reluctance to dispose of property once acquired 
for highway purposes and does not wish to sell such property as a general 
policy. 


The Secretary presented ea letter from the Taft-Nelscott-DeLake Fire 
District reauesting permission to place fire hydrants on the right of way of 
the Oregon Coast Highway in connection with their project for installation of 
fire protection facilities in this district. The Fngineer recommended approv- 
al of this request, provided the hydrants are placed in locations that do not 
interfere with the proper maintenance of the highway. It was his thought 
that hydrants in the settled district showld be placed back of the curb line, 
and at the right of way line where the district is not built up. The Commis- 
sion approved the recommendation unanimously. 
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of the right of way of the Pacific Highway West as formerly located 
between the said termini and as heretofore improved and used; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by this 
Commission, all members being present and affirmatively participat- 
ing, as follows: 


1. That the fragments of land confined within the areas 
hereinafter described, which said fragments of land were formerly 
within the limits of the right of way of the Pacific Highway West, 
but which are now without the limits of the right of way of said 
highway as said highway has been relocated be and said fragments 
of land are hereby abandoned as parts of the right of way of said 
highway. The portions of the right of way of said highway which 
by this resolution are abandoned are, so far as control and super- 
vision by this Commission is concerned, eliminated and left to re- 
vert to the adjoining and abutting property owners or to the con- 
trol and supervision of the County Court of Washington County for 
highway or other public purposes as the Court may determine. The 
fragments or parcels of land affected by this resolution are de- 
fined and described as follows, to wit: 


All that certain section of the old right of way of 
the Middleton-Newberg Section of the Pacific Highway West, 
and lying on the easterly and westerly side of the right 
of way required for the reconstructed Pacific Highway 
West. The beginning and ending points with reference to 
the engineer's stations of the reconstructed highway are 
as follows ; 


All that section lying on the easterly side of the 
reconstructed highway between engineer's station 47725 
on the northerly end and station 53920 on the southerly 
end. 


All that section lying on the westerly side of the 
reconstructed highway between engineer's station 543+30 
on the northerly end and station 596+25 on the southerly 
end. 


All situated in Section 31, Township 2 South, Range 
1 West, and in Section 36, Township 2 South, Range 2 West, 
and in Sections 1, 12 and 11, Township 3 South, Range 2 
West, W. M., Washington County, Oregon. 


The location of said abandoned right of way may be more 
definitely and particularly ascertained and determined by reference 
to a map or blueprint, marked "Exhibit A", attached hereto and by 
this reference made a part hereof, which said exhibit for identifi- 
cation purposes bears the signatures of E. A. Collier, Division In- 
gineer; H. G. Smith, Construction Engineer; and C. B. McCullough, 
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the Oregon Coast Highway at the Lincoln-Lane County line, being the park re- 
cently acquired from the Pratt interests. He said that he inspected this - 
property in person with some of the officials of the power company, who point~ 
ed out certain features that would make it impracticable to construct their 
pole line in the location designated by the Commission at the extreme edge of 
the property, and who estimated that to build their line in such location 
would cost between $4,000 and $5,000 more than to build it through the body of 
the park. He further stated that these officials have expressed ea willingness 
to place the poles as far back from the highway as is practicable and to paint 
the poles and fixtures with creosote so that they will blend with the land- 
scape and not be noticeable from the highway, notwithstanding that it will 
cost the company about $1,000 extra to do that; but they declared it simply 
out of the question to place the pole line at the back end of the park, and 
indicated that the company would take the matter to court, if necessary, in 
order to maintain its rights. 


aia SO) - : 
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The Attorney gave as his thought that the company would have a good 
case in court and recommended reconsideration of the Commission's previous ac- 
tion. After discussion, the Commission referred the matter to the Engineer 
with instructions to have the Parks Suserintendent, Mr. Boardman, and Division 
Engineer K. D. Lytle inspect the premises and endeavor to determine a location 
for this pole line that will be satisfactory to all carties concerned. He was 
also instructed to obtain a report from the Landscape Ingineer with respect to 
the painting and creosoting of poles, it being the Commission's idea that it 
would adopt a general policy with respect thereto for future guidance in the 
granting of permits for pole line construction along stete highways. 
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The Commission considered and by unanimous vote adopted the follow- 
ing resolution abandoning certain vortions of the Middleton-Newberg Section 
of the Pacific Highway West, in Washington County, which sections, the Ingi- 
neer advised, are no longer of value for state highway purposes, since this 
highway has been reconstructed on new alignment at this location: 


WHEREAS, in order to afford a better alignment and @ more 
satisfactory, safe and convenient highway for the traveling public, 
the Commission found it necessary to relocate certain portions of 
the Middleton-Newberg Section of the Pacific Highway West, in Wash- 
ington County; and 


WHEREAS, by reason of said relocation and the reconstruc- 
tion of the said sections of said highway there were eliminated and 
made unnecessary as parts of the completed highway the certain sec- 
tions which are more specifically defined and described hereinafter 
in this resolution; and 


WHEREAS, it is the judgment and opinion of the Commission 
that there should be reflected in the minutes and records of the Com- 
mission the surpose and plan of the Commission to abandon as parts 
of the Pacific Highway West and therefore as parts of the state high- 
way system, the fragments or portions of the right of way of the old 
alignment hereinafter defined and heretofore included within the area 
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Commission decided that the state should pay for the moving of certain build- 
ings in order to secure a standard width right of way but that no definite ac- 
tion shoud be taken on the matter until a detailed report has been rendered 
thereon by the Engineer. The Engineer was instructed to make such investiga- 
tion and to report the results thereof, by telephone, to Chairman Cabell and 
Commissioner Clough. Chairman Cabell was given full power to act for the Com- 
mission in the matter. 


Consideration was given by the Commission to the oiling of the road 
which extends from the Oregon Coast Highway to Azalea State Perk, Brookings. The 
Kngineer advised that he has no crew available to do this oiling work now and . 
suggested that the work be postponed until next year when it can be done at ‘ 
much less expense, considering that it will be necessary to ship in a crew for - 
this special assignment if the work is done now. The Commission approved the 
suggestion unanimously and instructed the Engineer to inform Ir. Elmer Bankus, ~ 
Brookings, who is sponsoring this project, of the action taken. eae e: 


Reconsideration was given by the Commission to the request of Mr. 
Millard C. Holbrook for state cooveration in the construction of a small fill 
across swampy land on his property near Scappoose. Chairman Cabell advised 
that he inspected this property and is inclined to the telief that the state 


is not obligated in any way to make this fill and that this case, which is now ‘ 
some six or seven years old, should not be reopened. He pointed out that a 
small landscape project is to be undertaken near this place soon, in connection ‘= 


with which there probably will be some waste materials, and suggested that the 
Engineer be authorized to place such waste materials in Mr. Holbrook's fill if " 
that can be done without extra expense to the state. Commissioner Clough ap- act 
proved Chairman Cabell's suggestion and it was so ordered. The Ingineer was ; 
instructed to inform Mr. Holbrook of the action taken. 


The Engineer reported on his investigation of the Frank Forth claim 
arising out of the construction of the Pacific Highway (new route) across Mr. a 
Forth's property in the Siskiyou Mountains, south of Ashland. He said that i 
mr. Forth acquired this property after the right of way had been secured from a 
a prior ower with whom a satisfactory settlement was made, and, in his estima- f 
tion, when Mr. Forth purchased the property he accepted with it the conditions 
that were attached to the property, so he really has no valid clain for com- 
pensation. He further advised that his investigation reveals that the present ‘4 
approach to Mr. Forth's land is not very good and should be improved in the 
interests of safety to the traveling public and motorists who patronize Mr. 
Forth's service station. He suggested, as an aid to the elimination of this 
condition, the widening of the fill in front of Mr. Forth's premises with 
slide materials removed from the highway at nearby points. It was his thought 
that this could be done at practically no additional expense anc recommended 
approval of the suggestion if Mr. Forth will agree thet such arrangement will : 
setisfy his claim in full. The Commission approved the suggestion by unani- "Es 
meus vote. 


Tee 


The Commission discussed the claim of the Oregon American Lumber 
Corporation for certain losses occasioned by a fire started by W.P.A. workers 
on the Wolf Creek Highway in November, 1938. In this connection the Secretary 
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Assistant State Highway Engineer, and is dated April 5, 1939, upon 
which map or exhibit there are reflected the above described parcels 
of land by showing the same shaded in red. * 


2. In the event there remains any physical connection be- 
tween any portion of said abandoned right of way or highway and the 
present highway, and by reason of such physical connection traffic 
from the existing highwey may enter or use the said abandoned portion 
of the old road to the possible damage or injury of such traffic by 
reason of any unsafe condition existing with respect to said old or 
abandoned road, then ihe State Highway Engineer is hereby authorized 
and directed to erect such barridade or other safeguards as may be 
necessary to protect and safeguard traffic using and employing said 
newly located, constructed and dedicated section of said highway. 


3. That this resolution be entered in the minutes and rec- 
ords of the Commission and a certified copy thereof promptly deliv- 
ered to the County Court of Washington County, together with a copy 
of said exhibit or map, for such action as said County Court may de- 
sire to take with resyect to said fragment of land, and should said 
abandoned portion of the right of way of said highway be further enm~ 
ployed for public or private highway purposes such use shall be en- 
tirely under the control and supervision of the County Court of Wash- 
ington County and beyond any responsibility or supervision by the 
State Highway Commission. 


The Commission adjourned at 12:00 o'clock noon but resumed considera- 
tion of additional routine matters at 3:30 o'clock p. m. enroute from Gold 
Beach to Roseburg, there being present at such time Chairman Henry F. Cabell, 
Commissioner Huron W. Clough, State Highway Engineer R- H. Baldock, and Secre- 


tary H. B. Glaisyer. 


The Engineer reported the cost to oil a portion of the Scholls- 
Campbells Bridge Section of the Hillsboro-Woodburn Secondary Highway, which 
work has been requested by residents of that district. He stated that it would 
be inadvisable to oil this entire section because the present road is not on 
permanent alignment and the Commission does not have funds available for a ma- 
jor project, so he has confined his estimate to the 2.7-mile section between 
Scholls and a place known as Christenson Lane, which is the most important sec- 
tion and requires very little realignment. He estimated that the oiling of 
such section, including the acquisition of right of way, crushed gravel surfac- 
ing, and preparation of subgrade would cost between $15,000 and $20,000. Aft- 
er discussion, the Commission authorized the Engineer to prepare such project 
for consideration in the 1940 budget. 


The Commission discussed the matter of improving the Umpqua Highway 
between 12th Street and 15th Street in the town of Reedsport, which the Com- 
mission inspected enroute from Salem to Gold Beach on Saturady, April 22. The 
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limits heretofore in effect on certain state highways and state highway bridg- 
es, and upon recommendation of the Ingineer adopted the following resolutions 
relative thereto: 
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WHEREAS, on the 2nd day of March, 1939, at a meeting of 
the Oregon State dighway Commission, all members being present and 
participating, the Commission passed and adopted a resolution re- 
ducing the maximum load limit on the following state highways: 


WALLOWA LAKE HIGHWAY from Elgin, in Union County, to 4 
point five miles west of Wallowa (Rock Creek) in Wallowa 
County; 


PENDLETON-JOHN DAY HIGHWAY from Nye Junction, in Umatilla 
County, to Long Creek, in Grant County; 


THE DALLES-CALIFORNIA HIGHWAY from Bend, in Deschutes 

County, to Klamath Falls, in Klamath County; 
and 

WHEREAS, subsequent to the passage of said resolution, 

conditions have changed so that it is now no longer necessary or 
desirable, and the Commission hereby finds that it is no longer 
necessary or desirable, to maintain the said reduced load limits 
set out in said resolution insofar as they ertain to the above- 
mentioned highways; 


NOW, THEREFORE, BE IT RESOLVED that the action of the 
State Highway Commission reducing the maximum permissible load lin- 
its on the 


WALLOWA LAKE HIGHWAY from Elgin, in Union County, to a 
point five miles west of Wallowa (Rock Creek) in Wallowa 
County}; 


PENDLETON-JOHN DAY HIGHWAY from Nye Junction, in Umatilla 
County, to Long Creek, in Grant County; 


and on that portion of 


THE DALLES-CALIFORNIA HIGHWAY from the junction with the 
Fremont Highway, in Deschutes County, to the junction 
with the Crater Lake Highway, in Klamath County (the re- 
duced load limit on the remainder of this highway, as 
fixed in said former resolution, has previously been 
lifted by order of the State Highway Commission) ; 


be and the same hereby is rescinded and cancelled as of this date, 
and the maximum load limit permissible on the said sections of the 
said highways hereafter shall be the maximum load limit provided 
by law. 
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presented a letter from the Attorney giving as his opinion that the Commission 
is without legal authority to pay this claim and suggesting that the claimants 
present their claim direct to the representatives of the Federal Government in 
charge of the work on which these W.P.A. forces were employed. The Commission 
ordered that @ copy of this opinion be forwarded to Mr. E. J. Griffith, Works 
Progress Administrator for Oregon, Portland, and also that a copy be sent to 
the National Liberty Insurance Company, inasmuch as this company has requested 
information relative to the Commission's legal liability because of a claim 
based upon a policy payment and a subsequent subrogation agreement with the 
Oregon American Lumber Corporation. 


A letter was presented from Ramsay Signs, Inc., Portland, relative 
to a marquee that the company maintains at the Highway Theatre, Northeast 50th 
Avenue and Sandy Boulevard, Portland. The Company advised that this marquee 
will have to be reconstructed when Sandy Boulevard is widened at this location 
and gave as their belief that the company is entitled to reimbursement for the 
expense of such reconstruction work, particularly in view of the fact that the 
marquee is being maintained under a permit from the City of Portland. The 
Commission considered that this is a matter that comes under the jurisdiction 
of the City of Portland and ordered that the Ramsay Sign Company be referred 
to the city officials for disposal of its clain. 


Reconsideration was given by the Commission to the construction of 
maintenance station headquarters at Government Camp and at Hogg Pass. The 
Engineer estimated that the buildings at Government Camp would cost approxi- 
mately $61,000 and those at Hogg Puss $58,000. He advised that the buildings 
at Government Camp are not an immediate necessity, but it would be absolutely 
necessary to provide quarters at Hogg Pass for the use of the men employed on 
the North and South Santiam Highways, particularly if these highways are to 
be kept open the year round. He submitted detailed estimates for the improve- 
ments at each location, together with blueprint plans of the proposed build- 
ings. After considerable discussion, the Commission decided not to construct 
the Government Camp facilities at this time, but approved, by unanimous vote, 
an expenditure of $35,000 at the Hogg Pass location, it being considered that 
this is the least amount that could be spent at this place and still provide 
adequate facilities for the men working out of this headquarters. 


The Engineer requested authority to purchase, through the State 
Board of Control, two Snogos at an estimated cost of $15,000 each. He ex- 
plained that one of these Snogos is for use in connection with snow removal 
operations on the North and South Santiam Highways, and that the other is for 
use on the Mt. Hood Highway and Timberline Lodge road. The Commission ap- 
proved the request by unanimous vote. 


In this connection, the Ingineer advised that it will be necessary 
to conduct a certain amount of snow removal work on the Willamette Highway in 
order to make it possible for highway contractors to inspect the project on 
which the Commissica expects to receive bids on May 18. He requested authori- 
ty to do this work. The Commission approved the request by unanimous vote. 


The Commission had under consideration the lifting of reduced load 


for the ROGUE RIVER BRIDGE be and the same hereby is modified so as 
to permit a load limit of fifteen (15) tons; 


3. That the resolution by which there was fixed a load 
limit for the CATCHING SLOUGH BRIDGE be and the same hereby is va- 
cated and annulled. 


BE IT FURTHER RESOLVED that the restrictions and limits 
hereby fixed by this resolution shall prevail and shall be in full 
force and effect until otherwise changed or modified by the order 
of the State Highway Commission. 


IT IS FURTHER ORDERED that a certified copy of this reso- 
lution be furnished to the county clerk of each county in which 
said bridges are located; and that a certified copy of this reso- 
lution be furnished to the Superintendent of the Department of 
State Police for his information. 


The Engineer reported receipt of a letter from County Judge J. J. 
Barrett of L&ann County, in which the Commission is asked to receive bids at 
its meeting on May 18, an behalf of Linn County, for the construction of 4 
bridge over Thomas Creek on Main Street in the town of Scio, it being under- 
stood that the county will award the coritract and pay construction costs. The 
Commission approved the request by unanimous vote. 


The Secretary presented a letter from the town of lionroe, Benton 
County, requesting the oiling of the Territorial Secondary Highway through the 
Monroe city limits. The matter was referred to the Engineer for investigation 
and report. 


A letter was presented from the Union High School District, Estacada, 
advising that the City of Estacada and the Estacada Union High School Dis- 
trict and Local School District No. 108, meeting in joint session on April ll, 
decided to undertake a W.P.A, project for the improvement of the state second- 
ary highway in front of the high school, in Estacada, if the State Highway De- 
partment will pay the cost of surfacing this street after the rest of the work 
is completed. The Engineer estiaated that such surfacing work would cost 
about $800 and recommended acceptance of the offer. The Commission approved 
the recommendation unanimously. 


The Commission discussed and referred to the Attorney for legal ad- 
vice a letter from the Horsefly Cattle and Horse Association, Klamath Falls, 
requesting permission to construct an electrified fence alang a 4-mile sec- 
tion of the Klamath Fells-Lakeview Highway east of the town of Bly, and along 
a 2-mile section of this highway west of the town of Bly. 


A petition was presented from numerous residents of the tow of 
Shedd, requesting the installation of adequate markers designating certain 
areas of the Pacific Highway within the limits of Shedd for pedestrians' use 
in crossing said highway. The Engineer advised that the main concern of these 
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IT IS HEREBY ORDERED that a certified copy of this resolu- 
tion be furnished to the county clerk of cach county in which said 
highways are located, and that a certified copy of this resolution 
be furnished to the Superintendent of the Department of State Police 
for his information. 


WHEREAS, the State Highway Commission, by resolution duly 
and regularly adopted on September 25, 1928, reduced the permissible 
load limit on the 


LOST RIVER BRIDGE, No. 4-302.21, on The Delles-California 
Highway, in Klamath County; 


And on September 27, 1932, by resolution duly and regularly 
adopted, reduced the permissible load 1: wit on the 


ROGUE RIVER BRIDGE, No. 271-15.6, on the Sams Valley Secondary 
Highway, in Jackson County; 


And on July 2, 1934, by resolution duly and regularly 
adopted, reduced the permissible load limit on the 


SEVEN MILE CREEK BRIDGE, No. 421-06.5, on the Klamath Lake 
Secondary Highway, in Klamath County; 


And on May 18, 1937, by resolution duly and regularly 
adopted, reduced the permissible load limit on the 


CATCHING SLOUGH BRIDGE, No. 241-02.1, on the Coos River Sec- 
ondary Highway, in Cocs County; 


and 


WHEREAS, a new bridge has been constructed over Catching 
Slough on the said Coos River Secondary Highway, and substantial 
improvements and repairs have been made to the other three bridges 
above named, thereby placing all of said structures in 4 condition 
to withstand heavier load limits; 


NOW, THEREFORE, BE IT AND IT HEREBY 1S RESOLVED by the 
State Highway Commission, all members being present and participat- 
ing, as follows: 


1. That the resolution by which a load limit was fixed 
for the LOST RIVER BRIDGE and the resolution fixing a load limit 
for the SEVEN MILE CREEK BRIDGE be and each of the same hereby is 
modified so as to remove the load limit fixed for each of said 
bridges and permit the statutory load limit in each instance to pre- 
vail; 

2. That the resolution by which a load limit was fixed 


The Commission had under consideration the following requests for 
extensions of time within which to complete highway construction projects: 


Edwin C. Gerber, contract No. 2103, for grading, surfacing, and 
oiling the Umapine-Sunnyside Section of the Umapine Secondary Highway, 
in Umatilla County, requested an extension of time from January 16 to 
June 30, 1939, within which to complete this project. He alleged that 
his failure to complete the project within the specified time limit 
was due to the fact that it was impossible to do the oiling work in 
the winter months. The Engineer advised that the reason given by lr. 
Gerber for failure to complete this job on time is correct and recom- 
mended, in view of the circumstances, that the extension requested be 
granted without penalty. A letter was presented from the Bureau of 
Public Roads concurring therein. The Commission approved the recom- 
mendation by unanimous vote. 


R. I. Stuart & Sons, contract No. 2129, for furnishing crushed 
gravel in stock piles for the Powers Ranch-Jacksonville Section of 
the Williams and Medford-Provolt Secondary Highways, in Jackson and 
Josephine Counties, requested an extension of time from April 5 to 
April 17, 1939, within which to complete this job. They gave no 
reason for their failure to complete the project within the specified 
time limit. The Engineer advised that there is no good reason why 
this contract should not have been completed within the specified time 
limit; however, that this is a P.W.A. project, and, under the rulings 
of the Public Works Administration, contractors performing such con- 
tracts are allowed a grace period within which to complete their jobs 
after the expiration of the specified time limit. He recommended, in 
view of the fact that the work under this contract was completed with- 
in the limits of the grace period, that the extension requested be 
granted without penalty. The Commission approved the recommendation 
unanimously. 


The Engineer reported that Contracts Nos. 2112, 2129, and 2147, for 
the construction of state highway projects, have been completed according to 
the requirements of the contracts or modifications thereof, and that said 
jobs are now ready for acce,tance. The following resolution accepting the 
above projects was offered and was adopted by the unanimous vote of the Com- 
mission: 


WHEREAS, the Engineer has reported that the following 
State Highway Commission contracts for the construction of state 
highway projects have been completed according to the terms and 
provisions of the contracts and said jobs are now ready for accep~ 
tance: 


Contract No. 2112, with Castelloe & Stocker Elec- 
tric Company, for installation of traffic signals in 
the city of Eugene. Completed January 23, 1939. 
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people is for the reduction of speed of highway traffic through this tom, 
which, in his estimation, could not be accomplished either by the painting of 
pedestrian lanes or the erection of additional signs. He pointed out that 
there now exist at both entrances of this highway into Shedd signs indicating 
a speed limit of 25 miles per hour through this town, and it appesred to him 
that the solution of this problem is simply the securing of additional police 
protection rather than the supplying of additional signs or the painting of 
pedestrian lanes. The Commission concurred in the Engineer's viewpoint and 
ordered that the petitioners be so informed. 


The Commission discussed the oiling of the Sunset Camp-Elsie Section 
of the Wolf Creek Highway, and the county road between Balm Grove and Sunset 
Camp, which is now being used as a state highway route pending completion — 
of the state highway connection. The Ingineer advised that the section from 
Balm Grove to Elsie is 30 miles in length and estimated the cost of a light 
oil treatment at approximately $30,000. He recommended the improvement and 
that he be authorized to advertise this project for bids to be received at the 
June meeting of the Commission. After considerable discussion, tie Commission 
approved the Engineer's recommendation unanimously, it being understood that 
if the bids received for the project are too high, then the work will be done 
with state forces. In this connection a letter was presented from H. D, Kerk- 
man, County Judge of Washington County, offering to contribute the sum of 
$10,000 of county funds for the securing of base rock and oil rock that will 
be needed to oil the road between Balm Grove and Sunset Camp. The Commission 
accepted the offer. 


A letter was presented from Julius P. Hult of the Hult Lumber Com- 
pany, Horton, Oregon, giving information as to the daily tonnage that is moved 
over the Siuslaw Highway, for the Commission's information in its studies for 
the proposed improvement of this road. After discussion, the Commission re~ 
ferred the letter to the Engineer with instructions to render a report on the 
cost to conduct a reconnaissance survey of the Triangle Lake Section, which 
the people of this district are particularly anxious to have improved at this 
time. 


The Commission considered and ordered filed a letter from County 
Judge Nelson B. Higgs, of Harney County, asking the designation, as & second- 
ary state highway, of the proposed road extending southeasterly from the town 
of Princeton, in Harney County, to a connection with the 1.0.N. Secondary 
Highway, in Malheur County. 


The Secretary presented a petition signed by 369 residents of 
Brownsville and vicinity, and letters from W. E. Winslow, of the Hudson-Duncan 
Company, Portland; Dr. Ralph E. Herron, representing the Brownsville Chamber 
of Commerce; Melvin C. Morgan, Manager of the Pacific Fruit and Produce Com- 
pany, Albany; Chester A. Page, owner of the Brownsville woolen Mills; and 
Walter T. Malloy, Manager, Cherry City Baking Company, Salem, urging the in- 
provement of the Halsey-Sweet Home Secondary State Highway from Brownsville 
easterly about 3 miles to what is known as the Hughes Place. The Commission 
ordered that this project be included with others for consideration in the 
preparation of the 1940 federal aid secondary highway program. 
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as a result, there is a bill now pending in Congress providing for such trans- re 
fer. 235 ; 
WA 


The Commission discussed with the Parks Superintendent the matter Ba ae | 
of securing title to 110 acres of land that are now included in the Umpqua a 
Lighthouse Reserve. The Parks Superintendent advised that this tract joins 
the present state park at this location and that the only hold that the state ae 
has on the 110 acres is a revocable permit; however, there is now a bill be- ae} 
fore Congress which provides that title to the property shall rest with the 
state upon payment by the state of 50 per cent of the assessed value of the 5 
property, which would atiount to about $450.00. He recommended payment of such reat 
sum. The Commission approved the recommendation unanimously. e+: > 


The Parks Superintendent requested approval of applications for the ia 
following C.C.C. camps for the 14th period, which begins October 1, 1939: Bee: 


Renewal of Saddle Mountain Camp, in Clatsop County eo 
Renewal of Silver Falls Camp, in Marion County 3 
Renewal of Coos Head Camp, in Coos County 
Renewal of Casey's Camp, in Jackson County - and 

New camps to develop the Salmon River Highway wayside timber 

and Neahkahnie Mountain State Park 


The Commission approved such applications unanimously. 


The Parks Superintendent recommended approval of the request of the @ > 
State Forester, J. W. Ferguson, for permission to construct and maintain 6 

fire patrol headquarters on a tract containing 1.8 acres located within the 

recently acquired Salmon River Highway wayside strip. The Commission approved 

the recommendation. 


A brief report was made by the State Parks Superintendent on the ac- 
tivities of Mrs. Vern Van Dyke, who maintains a cottage in Casey State Park, 
adjacent to the Crater Lake Highway, in Jackson County. He advised that Mrs. 
Van Dyke refuses to vacate the premises as ordered by the Commission, and in- 
dicates by her actions that she intends to stay there indefinitely, inasmuch = 
as she has just completed construction of a new fence around her cottage and Se 
has done considerable clean-up work. He requested instructions from the Com- a 
mission, in view of the fact that she was previously ordered by the Commission . 's 
to vacate the premises by June 30, 1939. The Commission withheld its decision Pe 
in this matter until a future meeting. 


as 


bie = 
The matter of acquiring timber land from the Crown-Willamette Com- d 7 
pany at Cape Lookout, in Tillamook County, was brought up for discussion by 8g 
the Parks Superintendent. He advised that the company has now reduced its be aes 
price to $2,131.00, based upon 67,000 FBM spruce timber at $3 per M; and $38 
for the standing hemlock timber; and $83 for the land, totaling 119 acres. 
This offer, he said, is based upon the state purchasing everything on the 
west side of a trail that he proposes to construct and the purchase of a 100- 
ft. strip on the east side of this trail, although provision is also made that 
the state may purchase the land on the east side of the trail beyond the | eae 
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Contract No. 2129, with R. I. Stuart & Sons, for fur- 
nishing crushed rock for the Powers Ranch-Jacksonville Sec- 
tion of the Williams and Medford-Provolt Secondary Highways, 
in Jackson and Josephine Counties. Completed April 17, 1939. 


Contract No. 2147, with Eugene Sand and Gravel Company, 
for furnishing crushed rock for tue Greenleef-Cheshire Sec~ 
tion of the Siuslaw Highway, in Lane County. Completed 
April 18, 1939. 


THEREFORE, BE IT RESOLVED, that the work covered by said 
state highway contracts for the construction of said state highway 
projects be declared completed according to the terms of the respec- 
tive contracts, and said jobs are hereby accepted and final payment 
in connection with each is hereby authorized. 
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The meeting was declared adjourned at 6:00 o'clock p. m. 
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Roseburg, Oregon, April 25, 1939 
The State Highway Commission met in special session at 9:00 o'clock 


a. m. in the office of Division Engineer K. D. Lytle to dispose of a number 
of state park matters. Present were: 
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Henry F. Cabell, Chairman 

Huron W. Clough, Commissioner 

R. H. Baldock, State Highway Engineer 

H. B. Glaisyer, Secretary 

S. H. Boardman, State Parks Su zerintendent 


De edt aoe ae 


The State Parks Superintendent reported briefly on the activities of 
the National Parks Service which is investigating & proposed national park and 
monument site along the Oregon coast line. The Commission took no action on 
this matter. 
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He also reported on his endeavors to secure 2,000 acres of 0. &C. 
lend for the Silver Falls Recreational Demonstration Project. . He ssid that 
ne previously petitioned the Secretary of the Interior, Honorable Harold 
Ickes, for a transfer of this land to the demonstration project because of its 
recreational features and for the further reason that it would enhance the 
value of the 5,000 acres already contained in such demonstration project, ’ 
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extending westerly along Third Street to the end thereof at the 
city limits, thence continuing along an extension of Third Street 
to a connection with the present highway at the curve on the west 
side of the Crooked River Bridge. 


Nera opi Inge Secondary Hugimay: Commencing at a point on the 
presen ghway at the intersection of Main Street with Third 


Street (southern terminus of Warm Springs Secondary Highway) and 
extending thence westerly along Third Street to a point at or near 
Park Boulevard, thence in a northwesterly direction along the east- 
erly side of the Crooked River toward Madras, 


Chairman Cabell then invited local citizens to express their views either for 
or against such changes. . 


Mayor Morse suggested that the Warm Springs Highway be retained in 
its present location along Main Street for several blocks and then turn in a 
northwesterly direction, leaving the city at the west end of Tenth Street. He 
said that the City Council has discussed this matter and favors such routing 
from the city's standpoint because it would give the city additional mileage 
of state highways and would lessen their street maintenance expense. However, 
the Council does not wish to appear arbitrary in the matter and will not op- 
pose the change as proposed by the Commission if the Commission feels that it 
cannot change the present plan. He pointed out that the Crooked River High- 
way enters Prineville on Main Street and connects with the Warm Springs High- 
way at Third Street, so it appears logical to them that the Warm Springs High- 
way be retained in its present location so as to avoid a right-angle turn in 
the center of town for through traffic bound for Madras. He presented a reso- 
lution from the Prineville City Council unanimously endorsing the route sug- 
gested by him. 


County Commissioner Brown inquired whether or not the Commission has 
any plans for the rerouting of the Crooked River Highway and was informed by 
Chairman Cabell that this matter has not as yet been given any consideration 
by the Commission. Mrs. Dishman stated that she resides on a ranch about 7% 
miles north of Prineville and is very much in favor of the retention of the 
present route of the Warm Springs Highway because it will not cut up her prop- 
erty as will the proposed route. 


Mr. Lakin favored the present routing of the Ochoco Highway on Sec- 
ond Street because of service stations and other business interests along that 
street. He said that he has discussed this matter with numerous people in 
Prineville and all seem to be in favor of retaining the present route for this 
highway. Mr. Smith inquired es to whether or not the north Main Street route 
has been given serious consideration by the Commission and its engineers and 
was informed that such route was given first consideration but was eliminated 
because of the advantages of the other route, it being the thought of the Com- 
mission that this highway is of major importance as an east and west trunk 
highway and should be located with that thought in mind. 


Mr. Gibbs gave as his thought that it would be unfair for the Highway 
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limits of the timbered strip at such time as the timber has been removed there- 
from. Tne Commission indicated approvel of this settlement but deferred def- 
inite action pending a verification of the price by the Right of Way Depart- 
ment. 


There being no further business to come before .the Commission at this 
time, the meeting was adjourned at 10:00 o'clock a. m. 


—lagay Ff Cadet 


State Highway Engineer Commissioner 


Secretary 


Prineville, Oregon, May 17, 1939 


The State Highway Commission met in special session at 9:00 o'clock 
a. m. in the Circuit Court Room of Crook County Court House, in accordance 
with notification previously given the Prineville City Council, to secure ex- 
pressions from the people of Prineville with respect to the Commission's plans 
for rerouting the Warm Springs Secondary Highway and the Ochoco Highway in 
this town. Present were: ' 


Henry F. Cabell, Chairman 

Huron W. Clough, Commissioner 

R. H. Baldock, State Highway Engineer 
I. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


Also present were about 30 local citizens, including W. B. Morse, Mayor; Coun- 
ty Judge A. R. Bowman, County Commissioner Chas. T. Brow, Mrs. W. I. Dishman, 
H. R. Lakin, Millard Smith, S. M. Gibbs, Mrs. Frank Alander, Mrs. Grimes, and 
J. T. Amundson. 


Chairman Cabell called the meeting to order and explained its pur- 
pose and the law which requires the Commission to hold a public hearing in any 
city or town before it changes or alters the route or entrance of any highway 
through or into such city or tom. The Engineer explained the plans of the 
Commission for the rerouting of both highways under discussion and exhibited 
a map showing the pro >osed changes, which are more particularly described as 
follows: 


Qchoco Highway: Beginning at @ point on the present highway 
at the intersection of Main Street with Third Street, thence 


Bend, Oregon, May 17, 1939 


The State Highway Commission met in special session at 11:00 o'clock 
a. m. in the City Council Chambers of the Bend City Hall, in accordance with 
previous notification given to the Bend City Council, to secure expressions 
from the people of this city relative to the rerouting of Century Drive Sec- 
ondary Highway along Riverside Boulevard in Bend. Also, with respect to the 
alteration of the entrance of such highway into the city of Bend. Present 
were: 


Henry F. Cabell, Chairman 

Huron W. Clough, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


Also present were ten local citizens, including C. G. Reiter, City Manager; 
Don Peoples, Secretary of the Bend Chamber of Commerce; County Judge Charles 
L. Allen and County Commissioner Wm. Baer, of Deschutes County; Ross Farnum 
and Jim Donovan. Chairman Cabell called the meeting to order by explaining 
its purpose and the law which requires the Commission tc hold a public hear- 
ing in any incorporated city or town before it alters or changes the route or 
entrance of any state highway through or into such city or tow. 


The State Highway Engineer explained the plans for the rerouting of 
the Century Drive Secondary Highway and exhibited a map cisclosing such chang- 
es, which are described as follows: 


Beginning at a point on the present highway route at the inter- 
section of Broadway with Franklin Avenue, thence following along Riv- 
erside Boulevard to a connection with the present highway at the in- 
tersection of Tumalo Avenue with Riverside Boulevard; also, begin- 
ning at a point on the present Century Drive Secondary Highway at the 
intersection of 14th Street and Albany Avenue, thence south a dis- 
tance of approximately 1/4 mile to a connection with the existing 
Century Drive Secondary Highway. 


He particularly pointed out that it will be necessary to flatten the curve 
where Riverside Boulevard turns onto Tumalo Avenue near the crossing of the 
Deschutes River, which would necessitate the taking of a small portion of the 
city park at such point. He also explained that the hearing with respect to 
the change at 14th Street and Albany Avenue is simply to confirm the change 
that the state has already made along this section. Chairman Cabell then re- 
quested expressions from the local people relative to these changes. 


Mr. Reiter advised that the changes are not opposed by anyone in 
Bend; furthermore, that it would be quite satisfactory with the city for the 
state to take some of the city's park property as may be needed to ease off 
the curve at the intersection of Riverside Boulevard with Tumalo Avenue. He 
presented a letter from Mr. Henry M. Fowler endorsing the change on behalf of 
a number of property owners along Riverside Boulevard. 


Commission to change the present route of the Ochoco Highway. Mrs. Alander en- 
#3 dorsed the route suggested by Mayor Morse. She pointed out that the present 

% road passes two sawmills and gave as her thought thet if the highway is changed 
; it will work to the disadvantage of these mills. She was opposed to changing 
it the route because it would cut through farm property and would discommode some 
89 farmers along the present road. 


; Judge Bowman advised that Prineville is just now entering 4 period 

py: of rapid growth, and, in his estimation, the highway should be located perma- 
nently so as to avoid changes later on. He declared this to be the sentiment 
of the majority of the towmspeople, who are perfectly willing to leave the de- 
cision up to the State Highway Commission and are only asking that the de- 
cision be made as soon as possible. Mrs.Grimes stated that she is not immedi- 
ately affected by the proposed change in the harm Springs Highway but believes 
that the present route of such highway should be retained because it is in a 
more centralized location. She declared that the road as now located is sat- 
isfactory and that all it needs is the elimination of several sharp curves and 
oiling to provide a dustless surface. 


; Mr. Amundson stated thet he owns a service station at the corner of 
\9 Second and Main Streets and is opposed to any change in the Ochoco Highway be- 
aI cause it will effect his business adversely. He also objected to any change 
rs from the standpoint of safety to children, stating that a number of people 
have already purchased property along Third Street primarily because it was 
not a state highway route and would be much safer for their children. 


| oe Cheirman Cabell advised that the Crooked River Bridge near the west 
’ limits of Prineville is in an unsafe condition and must be replaced soon and 
that it was the thought of the Commission that the new bridge should be placed 
in a permanent location, and while such work was under way it would be proper 
¢ to permanently locate the highway leading into Prineville. Mr. Amundson ap- 
te proved construction of a new bridge but gave as his thought that there is no 
st need to change the route of the highway until travel develops. He suggested 
the construction of a ramp from the east end of the new bridge to the present 
highway on Second Street rather than an entire rerouting of the highway. He 
declared that the completion of the Ochoco Highway east of Prineville and the 
improvement of the Crooked River Highway south from Prineville is of much more 
importance than the rerouting of the highways within the Prineville city 


e limits. 


f: Chairman Cabell concluded the hearing by outlining the policy fol- 
; lowed by the Commission in the selection of state hignway routes and by stat- 

ing that the Highway Commission will take under advisement the arguments pre- 

sented at this meeting and will make its decision as soon as possible, 
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oF The meeting was adjourned at 10:00 o'clock a. a. 
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(Read Creek-Wren Section, continued) 


ing Tar 

McNutt Bros. $ 44,377.00 $44,399.00 
Saxton, Looney &€ Risley 0 sia ee 44,048.00 
A. Granzatta & L. Angelus 48,618.40 50,060.40 
Homer G. Johnson 53,903.00 54,295.00 

OREGON CITY LAUNDRY BUILDING 
CONSTRUCT REINFORCED CONCRETE BUILDING; REINSTALL FORMER EQUIPMENT 

nan rae 

Peter Stuart $ 1,573.00 $ 17,907.00 
Frank Watt Construction Company 13,600.00 15,350.00 
L. L. Quigley 14,483.00 16,600.00 
Robertson, Hay & Wallace 14,802.00 17,849.00 
L. H. Hoffman 16,680.00 19,630.00 

CENTRAL OREGON, FREMONT AND CENTURY DRIVE HIGHWAYS 
DESCHUTES OILING PROJECT 
Warren Northwest, Inc. $ 23,562.35 
Babler Bros. 23, 764.50 
J. C. Compton 24,346.00 
Clifford A. Dunn 28,927.00 
Diesel Oil Sales Company 31,071.70 
Newport Construction Company 33,181.60 
McNutt Bros. 34,441.00 
THE DALLES-CALIFORNIA HIGHWAY 
LOBERT OVERCROSSING 
Edlefsen-lieygandt Company $ 26,220.00 
Clifford A. Dunn 27,651.00 
J. F. Johnston 28,138.00 
McNutt Bros. 28,525.00 
C. J. Montag & Sons 30,595.00 
C. J. Eldon 31,580.00 
Tom Lillebo 32,770.00 
WILLAMETTE HIGHWAY 
SALT CREEK FALLS-ODELL LAKE SECTION 
GRADING, SURFACING, OILING, FURNISHING CRUSHED ROCK 

J. A. Lyons $166, 859.90 
Leonard & Slate 167,385.00 
Berke Bros 169,085.10 
McNutt Bros. 178,256.80 
E. L. Gates 180,196.00 
E. C. Hall Company 182,511.00 
Newport Construction Company 198,853.67 
Kuckenberg Construction Company 217,194.00 
Parker-Schram Company 223,585.50 
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Mr. Farnum stated that he is a property omer who will be affected 
by this change, but wishes to endorse it heartily. He declared that he ex- 
presned the sentiment of all of the people who ow property at his end of this 
street. Mr. Donovan advised that he has contacted every person who will be 
affected by the proposed changes and has found no one opposed to either of 


Judge Allen endorsed the changes, particularly the one on Riverside 
Boulevard, because it would eliminate cross-traffic, there being no intergect- 
ing streets along Riverside Boulevard. 


As there were no others present desiring to be heard on this subject 
Chairman Cabell concluded the hearing by stating that the Commission will make 
its decision relative thereto at an early date. The meeting was adjourned at 
11:30 o'clock a. m. 
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Portland, Oregon, May 18, 1939 


The State Highway Commission met in regular session at 9:00 o'clock 
a@. m. in the auditorium of the Public Service Building. Present were: 


Henry F. Cabell, Chairman 

E. B. Aldrich, Commissioner 

Huron W. Clough, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


Bids as follows for highway construction projects and for the sale 
of houses were opened and read in conformance with previously published no- 
tice, following which Chairman Cabell announced that the award of contracts and 
gale of buildings would be announced at 3:00 o'clock p. m. in the game room. 


KINGS VALLEY SECONDARY HIGHWAY 
READ CREEK-WREN SECTION - GRADING, SURFACING, OILING 


S. S. Montague 

H. L. Rice 

A. S. Wallace 

Leonard & Slate 
Edlefsen-Weygandt Company 
C. J. Eldon 


(Continued on next page) 
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8834 
(Sale of buildings in Albany, concluded) 
Building No. 5847 
(Former Owner Edward Falwell) 
Edward Falwell $ 51.00 
Martin F. Schultz 26.50 
Building No. 5850 ie 
(Former Owner E. D. Bahrke) BS Se 
M. R. Halsey $156.00 : i 
Burt Picha 65.00 : 
Martin F. Schultz 26.50 ae 
Building No. 4959 Bo 
(Former Owner City of Albany) 
Burt Picha $ 65.00 5 
G. E. Baker 46.00 Bes 
Martin F. Schultz 26.50 oa 


The Honorable Earl H. Hill, Cushman, Oregon, and 0. H. Hinsdale, 
Gardiner, Oregon, came before the Commission and asked for the widening of the 
Oregon Coast Highway through the town of Gardiner. Mr. Hinsdale advised that 


) lots. He requested state cooperation in the improvements to the extent of wi- 

dening the highway, construction of sidewalks, installation of lights, et cet- 

era. After discussion, the Commission authorized and instructed the Ingineer 

to make surveys as may be needed to establisha permanent route for the highway 
through this town and to render a report thereon as soon as possible. The At- 
torney was authorized to secure right of way options in accordance with the 
survey. 


Messrs. 0. B. Peake and H. K. Magness, Portland, came before the 
Commission relative to the proposed Sandy Boulevard improvement between 44th 2a 
Avenue and 82nd avenue They asked the Commission to postpone this improve- a 


ment until such time as it can be done without interfering with business along a 
Sandy Boulevard, as they do not want a repetition of business interruptions ae 
such as they experienced last year when this street was improved west of 44th ie ., 
Avenue. vl 


The Commission decided unanimously not to alter its present plans “See 
for this project, which provide for the taking of bids on June 22, 1939. How- ee 
ever, the Commission instructed the Engineer to include in the specifications ae 
for the job provisions for handling the work in a manner that will cause the cee 3 
least possible interference with local business. 


The Commission had under discussion the matter of improving the 
sight distance at the junction of The Dalles-California Highway with the Tuma- Bs: 
lo-Deschutes Secondary Highway, in Deschutes County. Chairman Cabell advised . 
that he inspected this intersection in company with Commissioner Clough and 
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SILVER LAKE-HARRIS CREEK SECTION 
GRADING, SURFACING, OILING; FURNISHING CRUSHED GRAVEL 


E. C. Hall Company $221,378.00 
Babler Bros. 121, 729.00 
Leonard & Slate se eae 
Dodge Construction Company, Inc. ° 

McNutt Bros. , 140,169.00 
Clifford A. Dunn 141,413.00 
Homer G. Johnson 151,057.40 


PACIFIC HIGHWAY WEST 
INTERSTATE AVENUE LIGHTING IN THE CITY OF PORTLAND 


& Ad Birkemeier & Saremal $ 38,476.00 j 
1 7 Newport Construction Company 38,879.44 
Bes Homer G. Johnson 39,565.25 
. ie: W. R. Grassel Company 39,835.00 
a Tower Builders, Inc. 39,899.00 
hor Fritz Ziebarth 40,669.00 
ee Kenney Electric Company 41,779.33 
are Parker-Schram Company Sete? 
Bie JOHN JJaY HIGHWAY 
as a SERVICE CREEK-MULE SHOE CREEK SECTION ‘ 
s re GRADING, SURFACING, OILING; REINFORCED CONCRETE BRIDGE 
a ig Leonard & Slate $ 19,520.00 
a Saxton, Looney & Risley 21,527.00 
Ey Mc¥utt Bros. 21, 783.50 
H. L. Rice 22, 848.50 
x Cc. J. Eldon 23,072.50 
A; F. C. Dillard 24,123.00 
5 Edlefsen-Weygandt Company 24,226.00 
eee” S. S. Montague 29,749.50 
San SALE OF BUILDING IN WEST PORTLAND 
ae Building No. 5472 
+3 (Former Owner George S.Smith) 
3 George S. Smith § 40.00 
i ‘i Sullivan Wrecking Company 5.00 
ms Re Building No. 5846 
| ae (Former Owner Norbert Aya) 
‘ We Burt Piche $ 65.00 
ea: 
at (Concluded on next page) 
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expense, Second Street and Division Street in that tom. The Engineer esti- 
mated that this work will cost about $800. He recommended approval of the 
city's request, subject to the usual requirement: that the city will deposit 
its check for the estimated cost of the work, in advance. The Commission ap- 
proved the recommendation under such condition and authorized the work when 4a 
state oilirg crew is in that vicinity. 


The Commission discussed and approved an expenditure of $200 for the 
oiling of the road which extends from the Oregon Coast Highway to the state's 
quarry at Agate Beach, Lincoln County. 


The Engineer reported the results of investigation that has been 
made with respect to the construction of a proposed road connecting Diamond 
Valley Secondary Highway, in Harney County, with the I.0.N. Highway, in Mal- 
heur County, passing through a place known as Follyfarm, which project was re- 
quested by a delegation that appeared before the Commission at the previous 
meeting. He recalled that this delegation asked the State Highway Commission 
to furnish culvert pipe, powder, right of way, engineering, and fencing for 3 
such project, and agreed to perform the construction operations with C.C.C. am 


forces located in that vicinity. He said that according to the best informa- & B:. 


tion available the culvert pipe will cost about $2,100, powier approximately tg 
$600, fencing $1,980, right of way across private lands £500, and engineering eS 
$1,300, to which should be added 10% for contingencies, making a total of =: 
$7,130 as the state's cooperative share. He recommended approval of the ex- ; 
penditure. The recommendation was approved by the Commission by unanimous 

vote, This matter was reconsidered later in the session when a delegation ap- 

pearsd before the Commission relative thereto. The Commission at that time “4 
adopted resolutions designating such road as a secondary state highway. (See S 
resolutions ahead. ) 


The Engineer reported on the cost to construct a portion of the As- 
tor Street extension in Astoria, particularly from Columbia Avenue to Third 
Street, in order to provide a roadway to the plant of the Columbia River Pack- 
ers' Association, which is now in an inaccessible location, having been moved % 
in order to clear the highway right of way. He estimated that such work would zs 
cost approximately $38,000. There was also discussed in this connection the 
question of what minimum width right of way shall be required along Taylor Ss 
Avenue between Columbia Avenue and Kingston Street, where a number of build- wet) 
ings now encroach upon this street, which was originally dedicated 120 feet / 
wide. As a result of considerable discussion the Commission decided to re- ae 
quire a right of way at least 92 feet wide between said points and a right of Sg 
way 80 feet wide west of Kingston Street to a connection with the completed 
highway. ‘The Commission also decided not to construct any portion of this 


project until a right of way of such width has been furnished. The Engineer a 
was instructed to inform the Astoria City Council of the Commission's require- Re i 
ments and the Attorney was instructed to render an opinion of law as to wheth- ee 


er or not the state is obligated to pay the cost of removing the buildings 
from the right of way in view of the fact that they now encroach upon a dedi- 
cated street. In this connection a letter was presented from Mr. Frank Patton 
of Astoria protesting the narrowing of Taylor Avenue in Astoria. 
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the Engineer on the previous day and is of the opinion that the rock cut at 
this point should be widened to give a longer sight distance for traffic enter- 
ing the highway at this point. The Engineer estimated that a satisfactory job 
would cost approximately $500. The Commission by unanimous vote authorized 
the improvement and instructed the Ingineer to proceed therewith. 


The Engineer brought up for discussion the matter of oiling the road 
known as The Dalles Scenic Drive leading from The Dalles to the Eastern Oregon 
Tuberculosis Hospital at The Dalles. He advised that to oil this road will 
cost approximately $1,500, of which amount $540 is the estimated cost to sil 
within the city limits and should be paid by the city; $500 represents the 
cost of oiling on the hospital grounds and should be paid by the State Board 
of Control; and the balance, amounting to $460, is the estimated cost to im- 
prove the section lying between the city limits and the hospital, which is a 
county road, and should be paid by Wasco County. He further advised that the 
road in question is not a state highway, so the State Highway Commission has 
no legal authority to expend state highway funds to improve it. However, he 
recommended that the work be done with state forces if the city, the county, 
and the Board of Control will pay for it. The Commission approved the recom- 
mendation by unanimous vote, provided satisfactory arrangements are made for 
the financing of the work as suggested by the Engineer. 


The Engineer reported on the cost to improve the Robinette-Homestead 
Secondary Highway over Oxbow Tunnel and between Homestead and the Interstate 
Bridge at Ballard's Landing, in Baker County. He estimated that it would cost 
about $2,500 to improve the Oxbow Tunnel hill section and an additional amount 
of $500 to fix up the road to the Ballard's Landing bridge so that it will be 
passable throughout the entire year. He recommended approval of such expendi- 
tures because it is not possible under present conditions to keep the road 
open for travel during the winter season and the permanent improvement of the 
section is not contemplated for a number of years and because the improvement 
ig needed in order to realize to the fullest extent on the expenditures that 
have already been made for the improvement of the old railroad grade between 
Robinette and Homestead. The Commission approved the recommendation unani- 
mously, subject to the condition that the plan also meets with the approval 
of the Baker County Court. 


The Commission had under discussion the Ingineer's report on the re- 
quest of Hood River County for construction of a footpath along the Columbia 
River Highway between Hood River and the Columbia Gorge Hotel, a distance of 
approximately one mile. The Engineer advised that a recent traffic count re- 
veals very little pedestrian traffic along this section; in fact, only thirty 
people used the road in this manner the day that the count was made, and, in 
his estimation, the expense of constructing a footpath is not justified. He 
recommended, as an alternative, an expenditure of approximately $1,000 for 
the widening of the shoulders along this section, which he thought would 
serve the purpose until the need for a walk is more apparent.’ The Commission 
approved the recommendation unanimously. 


A letter was presented from the town council of Myrtle Creek, Ore~ 
gon, in which the State Highwey Commission was requested to oil, at city 
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and Councilmen M. W. Mattacheck, A. R. Miller, 0. L. Milks, W. S. Wright, A. W. 
Cameron, and L. L. Farnham, came before the Commission and asked for the des- 
ignation, as a state secondary highway route, of Lafayette Avenue and Th: vd 
Street, the old route of the Pacific Highway West through McMinnville. They 
pointed out that the Three Mile Lane Secondary Highway, which enters McMinn- 
vile from the east, now has no direct connection with the Pacific Highway West 
and gave as their thought that Third Street is the logical route for such con- 
nection, in view of the churches, schools, and city buildings along Second 
Street, which has been considered, and for the further reason that the selec- 
tion of Second Street would necessitate the moving of buildings. They gave 

as their main reason in asking such designation that it would relieve the city 
from the expense of maintaining such streets. 


In the discussion of this matter, the Engineer pointed out that 
there is a question as to where the Three Mile Lane Secondary Highway should 
enter McMinnville. He pointed out that the present entrance is crooked and 
that the bridge on the present route is inadequate and must be replaced soon a 
at some site yet to be determined because it does not appear that the existing - 
structure is in proper location. Mayor Windishar suggested the routing of it 
this highway into McMinnville along an extension of Third Street notwithstand- BS’ 
ing that there is a parochial school on such extension. 


After considerable discussion, Chairman Cabell advised that the Com- 
mission does not have sufficient facts before it at this time to render a de- e > 
cision in this matter, but must kmow first how the Three Mile Lane Secondary Bi 
Highway is to be routed into this town, its decision in that regard being de- aa 
pendent upon the other, and the Commission does not care to act hastily. The 4 
Engineer was thereupon instructed to investigate the conditions and render a ee 
report on the entire matter as quickly as possible. ve 


The County Court of Hood River County, represented by County Judge 
C. D. Nickelsen and County Commissioner R. Waldo Arens, and County Engineer 
C. M. Hurlburt, was present in regard to several road matters. They were ac- 
companied by Mr. Rory Collins, of Dee, Oregon. They asked for the following: 


1. Designation as a secondary state highway of the county road 
which extends from the Mt. Hood Highway, near Odell, through Odell 
and a place known as Summit, to a connection with the Hood River Sec- 
ondary State Highway. 


2. Rerouting of the Mt. Hood Secondary Highway in the vicinity 
of Parkdale before this section of the road is improved. 


3. Reconstruction of the Mt. Hood Highway in the vicinity of ® 


Fikes Corner, following more closely along the present road and util- ne 
izing the present railroad undercrossing rather than the revision feo 
heretofore proposed, which involves construction of the highway over F 
the railroad. c 


They advised that the first of these projects is the county's choice 
for the first secondary highway funds available in Hood River County and urged 


wee 


Tne Commission had under discussion the Attorney's opinion with re- 
spect to the request of J. U. Smith and others to construct an electrified 
fence along portions of the Sams Valley Secondary Highway, in Jackson County. 
It was the Attorney's belief that the Commission has the authority to permit 
the construction and maintenance of such fence within the highway right of way, 
if by so doing public convenience will be aided and the hazard of livestock 
running on the highway will be minimized or entirely eliminated. However, 
such license or permit should contain proper safeguards and provision for re- 
moval of the fence if, in the judgment of the Commission, it is in any way 
detrimental to public interests or causes inconvenience in connection with 
highway construction or maintenance operations. It was also his thought that 
it would be unwise to grant a permit authorizing the construction of an elec- 
trified fence. After discussion, motion was made by Commissioner Clough that 
the application of J. U. Smith be denied. The motion was duly seconded by 
Commissioner Aldrich and carried by the unanimous vote of the Commission. 


The Engineer reported receipt of a letter from L. V. Murrow, Direc- 
tor of highways for the State of Washington, outlining the plans for the com- 
pletion of the Washington Section of the state highway between Enterprise, 
Oregon, and Lewiston, Idaho. Mr. Murrow reports that the program of the Wash- 
ington Highway Department for the present biennium includes the construction 
of the Grande Ronde River bridge and approaches thereto but there are insuffi- 
cient funds available for primary highway construction in that state, so it 
does not seem >ossible to undertake further construction on this road during 
the present year; however, they will endeavor, in the formulation of their 
construction program for the next biennium, to arrange for the completion of 
the remaining section up to the Oregon state line. The Commission took no 
action on this. 


The Engineer reported that investigation has been made of the re~- 
quest of the city of Florence for oiling work on certain city streets in that 
town and it has been found that this work can be done for approximately $2000. 
He also said that the city would like to have the work done with state forces 
and has agreed to pay for it with city funds. He recommended approval of the 
request subject to the condition that the city will deposit with the Commis- 
sion its certified check in an amount equal to the estimated cost of the work. 
The Commission approved the recommendation unanimously, provided the work does 
not cost more than $2000. 


Mr. L. E. Lucas, County Engineer of Grant County, was present and 
asked for the improvement of the county road which extends from the John Day 
Highway at a place known as Bates, down the Middle Fork of the John Day River 
to a connection with the Pendleton-John Day Highway at a place known as 
Flowers Gulch. He was informed by the Commission that it does not have funds 
available to finance such project now. 


The Commission adjourned at 12:15 o'clock p. m. and reconvened at 
1:30 o'clock p. m. in the same room, with all Commissioners present and par= 
ticipating. Also present were the Engineer, the Attorney, and the Secretary. 


The City Council of McMinnville, consisting of Mayor R. H. Windishar 
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the road under discussion be designated a secondary state highway. The follow- 
ing resolutions pertaining thereto were adopted by the Commission by unanimous 
vote: 


WHEREAS, under the provisions of Chapter 248, Laws of 1931, 
and Chapter 196, Laws of 1935, the State Highway Commission, by mu- 
tual agreement with the respective county courts of the several coun- 
ties of the state, is authorized and empowered to select, locate, 
and designate a system of secondary state highways, which highways 
shall be selected from the market roads or other county roads, or 
available locations or routes of the several counties; and 


WHEREAS, the State Hignway Commission, by mutual agreement 
with the Malheur County Court of the State of Oregon, has selected 
the road or highway hereinafter named, and it is the purpose of the 
Commission to officially and regularly designate and adopt said high- 
way as a highway to constitute, together with other highways hereto- 


fore adopted and/or which may hereafter from time to time be added, 2 ‘ 
the system of secondary state highways under the provisions of said a 
acts; ‘a 

NOW, THEREFORE, BE IT aND IT HEREBY IS RESOLVED by the > 


State Highway Commission, all members being present and affirmative- 
ly voting and participating, as follows: 


1. That the following described market road, county road, 
highway, route, or location of a highway in Malheur County be and 
the seid market road, county road, highway, location, or route, here- 
by is selected, designated, established, adopted and approved as a Bi.” 
secondary state highway and shall be and hereby is designated as a 
part of the secondary state highway system, to wit: 


= hi ° : iE) 


Beginning at a point near the center of Section 18, “ 
T. 32S., R. 40 E., W. M., at a junction point with the 
I.0.N. Secondary Highway; thence in a northwesterly direc- 
tion following the route surveyed by the State Highway De- 
partment to a point on the township line, between Section 
36, T. 28 S., R. 36 E., and Section 31, T. 285S., R. 37 E., 
W. M., north of Follyfarm, a distance of approximately p 
30.0 miles. t 


2. That the said highway shall be and hereby is qualified Z 
for improvement under the provisions of said Chapter 248, Oregon 
Laws 1931, and amendments thereof. a 


WHEREAS, under the provisions of Chapter 248, Laws of 1931, 
and Chapter 196, Laws of 1935, the State Highway Commission, by mu- 
tual agreement with the respective county courts of the several 


it particularly from the traffic standpoint, advising that Odell is an impor- 
tant shipping point for the people of this district and a good road leading to 
this place is essential. 


They were informed by the Commission that, while this road qualifies 
as a secondary state highway, the Commission is reluctant to so designate it 
at this time because of its established policy not to place any more roads on 
the secondary highway system until funds are available to improve them, How- 
ever, the Commission will give it consideration and will make its decision as 
soon as possible. As to the rerouting of the Hood River Secondary Highway 
north from Parkdale, the Commission stated that it would have this matter in- 
vestigated before proceeding with the improvement of this end of the road. 


In regard to the reconstruction of the Mt. Hood Highway at Fikes 

Corner, Mr. Hurlburt pointed out that Mr. Fike's house, which occupied a site 
at the top of the hill and was a controlling factor in the determinatior of 
the route, burned some time ago and is no longer a barrier to the rerouting 
of this highway under an alternate location if the Commission so desires. He 
suggested that the state could save some money by following more closely the 
route of the present highway and by passing under the railroad rather than 
over it, which would simply mean the widening of the present undercrossing. 
Judge Nickelsen advised that the county is desirous of constructing a county 
road to connect with the Mt. Hood Highway near this underpass and would like 
a decision in the matter as soon as possible. After discussion, the Commis- 
sion instructed the Engineer to investigate this possibility and advised the 
County Court that a decision relative thereto would be rendered at the ear- 
liest possible time. 


A delegation from Harney and Malheur Counties, consisting of County 
Judge Nelson B. Higgs of Harney County, County Judge David F. Graham of Mal- 
heur County, and George W. Beers, Improvement Supervisor, Taylor Grazing De- 
partment, came before the Commission relative to the construction of a road 
connecting the I.0.N. Highway in Malheur County with the Diamond Valley Sec- 
ondary Highway in Harney County, passing through a place known as Follyfarm, 
which matter was first discussed at the previous meeting. The Engineer ad- 
vised that investigation has been made of this project and indications are 
that it will cost the state approximately §7,200 for culvert pipe, powder, 
right of way, fencing, and engineering, which the state has been asked to fur- 
nish. Mr. Beers advised that the actual construction operations will be done 
with C.C.C. forces but their main object at the present time is to grade the 
road and install proper drainage facilities with the hope that the surfacing 
can be taken care of later. 


Commissioner Aldrich expressed himself as in favor of state coopera~- 
tion in this project and the designation of this road as 4 secondary highway 
in order to legalize the expenditure of stete funds thereon. Commissioner 
Clough also expressed himself as in favor of the project. Chairman Cabell 
concurred in the viewpoint of the other two Commissioners. The Secretary pre- 
sented at this time resolutions from the County Courts of Harney and Malheur 
Counties requesting the designation of this road as a secondary state highway. 
Motion was thereupon made, duly seconded, and carried by unanimous vote, that 


Judge Grahem asked for the following improvements on behalf of Mal- 
heur County Court: 


1. Construction of a road extending from Harper, on the Central 
Oregon Highway, southerly through Coyote Wells to a connection with 
the I.0.N. Secondary Highway. 


2. Completion of oiling of the Central Oregon Highway between 
Juntura and Buchanan. 


3. Construction of a proposed cutoff for the Old Oregon Trail 
north from Ontario to Olds Ferry. 


4. Designation as a secondary state highway of the Sucker 
Creek Road between Adrian and Jordan Valley. 


5. + of Lytle Boulevard which extends southeasterly 
from Vale to a connection with the Nyssa-Adrian Secondary Highway. 


6. Improvement of Graham Boulevard (Secondary Highway No. 451) 
westerly from Vale. 


7. Early disposal of the controversy with A. R. Hollingshead 
relative to right of way. 


With reference to the last request the Attorney advised that he is 
now negotiating with Mr. W. H. Holmes, Portland, from whom Mr. Hollingshead 
is purchasing his property, and expects in the near future to arrive at a sat- 
isfactory settlement which should dispose of the matter for all time. 


The Commission informed Judge Graham that it would give considera- 
tion at the proper time to the projects mentioned by him. 


Messrs. C. H. Grieder, representing the National Parks Service, and 
S. H. Boardman, State Parks Superintendent, came before the Commission at this 
time relative to the completion of the State Planning Board's report on recre- 
ational ereas of Oregon. Mr. Grieder stated that the State Planning Board 
has gone out of existence but there are a few things that should be done in 
connection with the report to make it complete, and these cannot be done un- 
less the report has proper sponsorship, which he believed could be very nice- 
ly taken care of by the State Parks Department. He mentioned three important 
projects that should be included in this report: first, report on organized 
camps of a non-commercial nature; second, an authentic inventory of historic 
sites; third, a report showing county basic date such as population, recrea- 
tional facilities, et cetera. He advised that there is sufficient money on 
hand to finance the work if it does not extend beyond the first of October, 
when it is thought the work will be completed, so the State Highway Commission 
would not be called uponto assist financially in the project. 


The State Parks Suoerintendent gave as his thought that the report 
should be completed in order to be of full value, and recommended approval of 


counties of the state, is authorized and empowered to select, locate, 
and designate a system of secondary state highways, which highways 
shell be selected from the market roads or other county roads or 
available locations or routes of the several counties; and 


WHEREAS, the State Highway Commission, by mutual agreement 
with the Harney County Court of the State of Oregon, has selected 
the highway hereinaiter described, and it is the purpose of the Com- 
mission to officially and regularly designate and adopt said highway 
as a highway to constitute, together with the other highways hereto- 
fore adopted and which may hereafter from time to time be added, the 
system of secondary state highways, under the provisions of said act; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highwey Commission, all members being present and affirmative- 
ly voting and participating, 4s follows: 


1. That the following named highway, route, or location 
of @ highway in Harney County be, and the said highway, location, 
or route hereby is selected, designated, established, adopted and 
approved as a secondary state highway, and shall be and hereby is 
designated as a part of the secondary state highway system, to wit: 


Rome-Princeton Secondary Highway No. 442: 


Beginning at a point on the Diamond Valley Secondary 
Highway approximately four miles north of Princeton; thence 
in a southeasterly direction vie Market Road No. 1 of Har- 
ney County, or @ relocation thereof, to the Harney-Malheur 
County Line, at a point on the tomship line between Sec- 
tion 36, T. 28S., R. 36 E., and Section 31, T. 28 S., R. 
37 E., W. M., north of Follyfarm, a distance of approxi~ 
mately 23.90 miles. 


2. That the said highway shall be and hereby is qualified 
for improvement under the provisions of said Chapter 248, Oregon 
toma. 1931, and Chapter 196, Oregon Laws of 1935, and amendments 


In this connection Mr. Beers mentioned that part of the work in- 


volved will be the digging of a well, which would not only be used in connec- 
tion with the maintenance of a C.C.C. camp but when the camp has been discon- 
tinued will be used for the watering of stock. He agreed to dig such well in 


a location near the highway, if possible, so that it can be used in connection 
with the maintenance of an oasis if one is established by the state in this 
vicinity. However, he pointed out that the primary purpose of the well is 
furnish water for the C.C.C. camp and for the watering of stock when the camp 
has been discontinued. He gave as his thought that there will be plenty of 
water for all 2urposes, including the oasis. The Engineer was instruc 
have Division Engineer li. C. Williams contact Mr. Beers relative to the loca- 
tion of the well. 


"Lobert Overcrossing on The Dalles-California Highway, in Klamath 
County. The low bid received for this project was that of Edlefsen- 
Weygandt Company, Portland, at $26,220.00. The next low bid was 
that of Clifford A. Dunn, Klamath Falls, at $27,651.00. There were 
5 higher bidders. This contract is awarded to the low bidder, Ed- 
lefsen-Weygandt Company, at its bid of $26,220.00. 


"Salt Creek Falls-Odell Lake Section of the Willamette Highway, in 
Klamath and Lane Counties. 3.23 miles grading, 6.86 miles surfac- 
ing and oiling, and furnishing 2,450 cubic yards crushed rock in 
stock piles. J. A. Lyons, Portland, submitted the low bid for this 
project at $166,859.90. Leonard & Slate, Multnomah, were the sec- 
ond-low bidders, with their bid of $167,385.00. There were 7 high- 
er bidders. The Commission awards this contract to J. A. Lyons, 
the low bidder, at his bid of $166,859.90. 


"Silver Lake-Harris Creek Section of the Fremont Highway, in Lake 
County. 9.22 miles grading, 26.5 miles surfacing and oiling; oil- 
ing of approximately 100,000 square yards sand areas, and furnish~ 
ing 12,200 cubic yards crushed gravel in stock piles. The low bid 
received for this project is that of E. C. Hall Company, Eugene, 

at $121,378.00. The next low bid is that of Babler Bros., Port- 
land, at $121,729.00. There are 5 higher bidders. All bids on 
this project have been referred to the Engineer with power to award 
the contract to the low bidder when certain conditions have been 
fulfilled. 


"Interstate Avenue Lighting Project in the city of Portland. Con- 
struction of 3.23 miles highway lighting. Birkemeier & Saremal, 
Milwaukie, submitted the low bid at $38,476.00. Newport Construc- 
tion Company, Portland, submitted the next low bid at $38,879.44. 
There were 6 higher bidders. The Commission awards this contract 
to Birkemeier & Saremal at their low bid of $38,476.00. 


"Service Creek-Mule Shoe Creek Section of the John Day Highway, in 
Wheeler County. 1.12 miles grading, 1.04 miles surfacing and oil- 
ing, and construction of a 60-foot reinforced concrete bridge. The 
bid of Leonard & Slate, Multnomah, at $19,520.00, was the low one 
received for this job. Saxton, Looney & Risley, of Oak Grove, sub- 
mitted the second low bid at $21,527.00. There were 6 higher bid- 
ders. This contract is awarded to Leonard & Slate, the low bidders, 
at their bid of $19,520.00." 


Building in West Portland. 


"Building No. 5472, formerly omed by George S. Smith. 2 bids were 
received for the purchase of this building, the high one being that 
of George S. Smith, Portland, at $40.00. The other bid was that of 
the Sullivan Wrecking Company, Portland, at $5.00. The Commission 
has sold this building to the high bidder, George S. Smith, at his 
bid of $40.00." 
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Mr. Grieder's request, provided the state is put to no expense thereby. After 
discussion, the Commission approved the recommendation by unanimous vote. 


Reverend R. J. Milton, Pastor of the Free Methodist Church of Albany, 
came before the Commission relative to a right of way matter. It appears that 
the highway improvement in Albany will require a strip of land 20 feet wide 
across the front of the church property, including a part of the entrance to 
the church, and will necessitate the moving of the church to another location. 
Reverend Milton stated that the taking of 20 feet off the front of the church 
property will not leave enough land for the re-establishment of the church 
on the present site and provide room for expansion which they contemplate. 

He also objected to another site that has been suggested by the Right of Way 

t. He gave as his thought that the state should purchase all of the 
church property and let the church people re-establish themselves on other 
property that is satisfactory to them; also, that the church directors would 
sell this property for $3000. The Commission took the matter under advise- 
ment. 


At 3:00 o'clock p. m. Chairman Cabell announced the following 
awards of contracts and sale of buildings, bids for which were taken at the 
morning session, such awards and sales having been previously approved by the 
Commission by unanimous vote: 


"Read Creek-Wren Section of the Kings Valley Secondary Highway, in 
Benton County. 1.73 miles grading, surfacing, and oiling. The low 
bid received for this project was that of S. S. Montague, Portland, 
at $36,955.50, using tar. No bid submitted using road oil. The 
next low bid was that of H. L. Rice, Portland, at $39,773.00, using 
tar. Mr. Rice also did not submit a bid using road oil. There were 
8 higher bidders. ‘he Commission has referred all bids received on 
this project to the Engineer with power to award the contract to the 
a bidder, S. S. Montague, when certain conditions have been ful- 


"Construct reinforced concrete building and reinstall laundry equip- 
ment for Oregon City Laundry Company, in Oregon City. Peter Stuart, 
of Portlend, submitted the low bid for this project at $1,573.00, 
for Alternate 'A'. His bid on Alternate 'B' was $17,907.00. Frank 
Watt Construction Company, of Portland, submitted the next low bid 
at $13,600.00 on Alternate 'A' and $15,350.00 on Alternate ‘B'. 
There were 3 higher bidders. Bids for this project were received 
on behalf of the Oregon City Laundry Company, to whom they have been 
referred for consideration and the Commission hopes to announce its 
decision in regard thereto before adjournment. 


"Deschutes Oiling Project on Central Oregon, Fremont, and Century 
Drive Highways, in Deschutes, Klamath, and Lake Counties. 43.53 
miles oiling. Warren Northwest, Inc., of Portland, submitted the 
low bid for this job at $23,562.35. Babler Bros., of Portland, sub- 
mitted the next low bid at $23,764.50. There were 5 higher bidders. 
The Commission awards this contract to Warren Northwest, Inc., at 
their low bid of $23,562.35. 
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which context, he added, he would personally prepare so that it would be au- } 
thentic. After discussion the Commission instructed the Engineer to install ee 
the sign when the wording for the same has been furnished by Mr. McArthur. mh heat 


The Parks Superintendent, Mir. S. H. Boardman, was present and report- 
ed on the following park matters: 


Umpqua Lighthouse Park:- The Parks Superintendent reported the of- 
fer of Douglas County to donate to the state for park purposes 500 acres of 
land situate adjacent to the Oregon Coast Highway south of Winchester Bay, 
provided the state will accept it. He recommended acceptance of the gift be- 
cause the tract would provide 4 miles of ocean frontage and would fit in ad- 
mirably with the present state park at this location. The Commission epproved 
the recommendation unanimously. 


Proposed park site at the confluence of the Crooked River, Metolius 

River, and Deschutes River, in Jefferson County:- The Parks Superintendent , 
reported the advisability of securing from the Federal Government some 2,500 
acres of land at the above-mentioned location for recreational purposes. He 
said that the state now controls 1,150 acres at this place but the additional 
land is needed to complete the area. It was his thought that it could be ob- 
tained without cost to the state. after discussion the Commission authorized 
the Secretary to petition the Secretary of the Interior for the lease of such 
lands and thereupon approved letters directed to the Department of the Inter? 
or and to the Federal Power Commission relative thereto. 


Additional timber strip along the Salmon River Highway:- The Parks 
Superintendent advised that he has investigated a timber tract on the north 
side of the Salmon River Highway a short distance east of Boyer and has ascer- 
tained that it can be purchased on the stumpage basis at the rate of $4.00 
per M, or for a total cost of approximately $4,188,00, exclusive of the land 
which is omed by the Miami Timber Corporation and would probably cost $5.00 
per acre. He pointed out that there is considerable timber land lying adja- 
cent to the highway west of the strips already acquired by the state or which 
are now under negotiation by the state, and he questioned the advisability of 
acquiring the tract east of Boyer until deals for the acquisition of other 
tracts have been closed. After discussion the Commission decided to defer fi- 
nal action on the matter pending consultation with Governor Charles A. Sprague. 
The matter was thereupon referred by the Commission to Chairman Cabell, Com- 
missioner Clough and the State Parks Superintendent to discuss with Governor 
Sprague during the following week. 


Wolf Creek Highway timber strips:- The Parks Superintendent advised 
that he has contacted the owners of timber situate adjacent to this highway 
and has ascertained that one of the owners, Mr. Norman Rupp, is willing to 
sell strips 300 feet wide through his holdings, except thet he wants to re- 
tain certain iand at the Nehalem River Bridge site. The Blodgett Company, he 
said, is also willing to sell strips 300 feet wide on each side of the high- 
way through its holdings and will donate the land to the state; furthermore, 
this company will also give to the state, without cost, other land elong this 
highway when it has been logged off. He further advised that he has not been 
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Buildings in Albany 


"Building No. 5846, formerly owned by Norbert Aya. The only bid re- 
ceived for this building is that of Burt Picha, of Salem, who offers 
$65.00. This bid is rejected and the building will be readvertised. 


"Building No. 5847, formerly owned by Edward Falwell. ‘Two bids were 
submitted for the purchase of this building, the high one being that 
of Edward Falwell, Albany, at $51.00. The other bid was that of Mar- 
tin F. Schultz, of Albany, at $26.50. This building is sold to the 
high bidder, Edward Falwell, at his bid of $51.00. 


"Building No. 5850, formerly owned by E. D. Bahrke. M. R. Halsey, 
of Albany, submitted the high bid for the purchase of this building, 
at $156.00. Burt Picha was the next high bidder at $65.00. There 
was one other bidder, being Martin F. Schultz, of Albany, who bid 
ere This building is sold to Mr. Halsey at his high bid of 

00. 


"Building No. 4959, formerly owned by the City of Albany. The high 
bid received for this building was that of Burt Picha, Salem, at 
$65.00. Rev. G. E. Baker, of Philomath, submitted the next high bid 
at $46. The third and only other bidder was Martin F. Schultz, of 
Albany, who submitted a bid of $26.50. The Commission rejects all 
bids for this building and the same will be readvertised." 


Members of the Bridge Committee of Sauvies Island Grange, consist- 
ing of E. V. Everett, Ben Howell, William Eberhart, and Joe Kendricks, came 
before the Commission relative to their previous request for state coopera- 
tion in the construction of a bridge over Multnomah Channel of the Willamette 
River to connect Sauvies Island with the mainland. Speaking on behalf of the 
project were Messrs. Everett and Howell. The Engineer advised that several 
locations for this bridge have been investigated, as ordered by the Commis- 
sion at the previous meeting, and estimates of cost prepared, which indicate 
an a bridge at either of two satisfactory sites would cost approximately 

,000. 


Chairman Cabell advised that the State Highway Commission does not 
have funds available to allocate to this project now, regardless of whether 
or not Multnomah County will pay for a portion of the costs. Furthermore, 
the Commission has many other crojects that are pressing for completion and 
will not be in a position to consider this project until construction on the 
others is further advanced. Commissioner Aldrich and Commissioner Clough 
concurred, which concluded the conference. 


Mr. Lewis A. McArthur, President of the Oregon Historical Society, 
was present and conferred briefly with the Commission in regard to the instal- 
lation of a V-shaped sign at the old Fort Yamhill blockhouse, which is now 
located in the town of Dayton. He said that a group of women is particularly 
interested in preserving the old fort and would like to maintain a sign there 
giving an outline of the history of the fort and events relating thereto, 


himself as in favor of such increase for this year 
view of the fact that unusual demands have been made on 
the amount originally budgeted for this purpose and for the further reason 
that during the past 5 years the amounts actually expended for acquisition and 
development of state parks have been less than the amounts budgeted for such 
purposes. He said that he would approve the increase of $50,000 for this year 
with the understanding that it would in no way commit the Commission to budget 
more than $100,000 in any future year for parks. Commissioners Aldrich end 
Clough also approved such increase on the same basis and it was so ordered. 


The Commission adjourned at 5:30 o'clock p. m. and reconvened at 
8:00 o'clock p. m. on the same day in Room 204, Benson Hotel, with all Commis- 
sioners present and participating. Also present were the State Highway Ingi- 
neer, the Attorney, and the Secretary. 


The Assistant Attorney brought up for discussion the bids received 
at the morning session for the remodelling of the Oregon City Laundry. He 
said that he referred the bids to the laundry company officials, who have re- 
quested the rejection of all of the bids and settlement with them on a cash 
basis in the amount of $13,600, which is the amount of the low bid submitted 
by the Frank Watt Construction Company of Portland for Alternate "A", the 
laundry company to make its own arrangements for the re-establishment of its 
business. In view of this report the Commission decided unanimously to re- 
ject all the bids received for this project and to pay the company $13,600 
cash, as settlement in full of its claim. 


The Engineer requested authority to acquire certain parcels of real 
property that are needed for various highway improvements throughout the state. 
He submitted a list of such properties together with the prices that he recom- 
mended be paid for each. After careful consideration the Commission approved 
the request and by unanimous vote adopted the following resolution in regard 
thereto: 


WHEREAS, in connection with the further improvement of the 
highways hereinafter designated, it is and has been necessary to ac- 
quire property for right of way, quarry sites, gravel or other ma- 
terial sites, or sites for the storage of materials, as hereinafter 
more definitely set forth; and 


WHEREAS, as a result of negotiations carried on with the 
owners of the property required, options have been obtained, which 
options have been considered by the Commission, outlining the bases 
of settlement which have been agreed upon; and 


WHEREAS, it is the judgment of the Commission that the 
said options should be approved and accepted, and/or the said reports 
be declared acceptable tc the State Highway Commission as bases of 
settlement for the properties involved, and that the acquisition of 
the properties should be completed: 


NOW, THEREFORE, BE IT RESOLVED that the several offers, or 
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able to secure a commitment from the Oregon American Lumber Corporation for 
its timber rear Rock Creek and along the South Fork of Rock Creek west of the 
Clatsop-Tillamook County line. He suggested that it would be advisable to 
purchase 300-foot strips along the highway at this place if they cannot be se~ 
cured otherwise and to pay for the burned timber standing thereon, since the 
company will not sell the land without the timber or deliver title to the 
state until the timber has been removed, which they cuvicipate will take from 
10 to 15 years. It appeared to the Commission that it would be very desirable 
to acquire the timber stands along this highway as soon 4s possible and par- 
ticularly to secure control of the levelled-off areas adjacent to the highway 
in order to prevent their being commercialized with hot dog stands, service 
stations, et cetera. In view thereof the Commission instructed its Attorney 
to secure options for such tracts, if possible, particularly the small 
levelled-off areas adjacent to the highway, such options to be acquired be- 
fore July 1, 1939, when this highway is to be opened for general public use. 
He was authorized to condemn them if they cannot be acquired by negotiation. 
The Engineer was authorized and instructed to make surveys of the several par- 
cels as may be necessary. 


Acquisition from Tillamook County of the timber tract described as 
the N.W.} of the S.W.3 of Section 2, T. 3 N., R. 6 W., W. M., which lies ad- 
jacent to the Wolf Creek Highway near Sunset Campt- The Parks Superintendent 
advised that there are 220 M-FBM of timber on this tract and that the county 
will sell it at the rate of $2.00 per M. He recommended acquisition of the 
property on such basis. The Commission approved the recommendation unani- 
mously. 


Acquisition of timber tract adjacent to the Nehalem Highway 4 miles 
northvost of Mist:- The Parks Superintendent advised that this property, 
which contains 10 acres of land, is owned by the Clarke-Wilson Lumber Company, 
which is demanding the sum of $6,000 for the timber only, which amount is far 
more than he cousiders the property worth inesmuch es the value of the timber 
at $4.00 per M. amounts to only $2,112.00, based upon the state's cruise. He 
further advised that the tract contains a fine stand of timber and that the 
company will give the land to the state if the state will buy the timber. He 
suggested that, if the Commission wants to acquire the tract, another cruise 
of the timber be made jointly by cruisers for the Clarke-Wilson Company and 
the state. Chairman Cabell gave as his opinion, in view of the shortage of 
funds for purchase of recreational areas, that the Commission should concen~- 
trate its purchases for timber along main trunk highways, such as the Wolf 
Creek Highwey, before it purchases timber elong the highways of a secondary 
nature. Commissioners Aldrich and Clough concurred. Notwithstanding this de- 
cision, Chairmen Cabell agreed to inspect the property the next time he is in 
that vicinity. (Mrs. Pearl Becker, Scappoose, Secretary of Columbia County 
Pomona Grange, appeared before the Commission in regard to this matter on the 
following day. In view of her report on the subject, the Commission ordered 
a further investigation of the area by the State Parks Superintendent.) 


The Commission had under discussion the Park Superintendent's 
request for a $50,000.00 increase in the state parks budget for the year 1939. 


Section, Hwy., and Owner Purpose 


(Wren-Pedee Section continued) 
6818-Raymond Investment Co. 


6820-Wren Commmity Club 
6822-Turner, Creed 


6821-State Forestry Dept. 
6831-School District #11, 
Benton County 
6830-Reid, Walter 
6824-Wren Community Church 
6832-Price, Johnie 


Stock Pile 


6823-Goldman, Margrethe Nielson 
R/W, Stock Pile 2.67 


= hi 
5821-Porter, I. M. 7 2130 sq.ft. 
3)! . rvall er 9 y 


Approximate Amounts Agent 


0.60 a. at $100 per a. 

0.64 a. at $25 per a., 

eer fencing $163.50 Parker 
tis McCallister 

1.0 a. at $100 per a. 

0.37 a. at $30 per a., 


plus #188.80 

$100 per a. Parker 
Gratis McCallister 
$100 per a. + $71.25 n 
$100 per a. + $321 ® 


3.64 a. at $75 per a. 
1.19 a., Lump Sum $100, 
plus $153 ° 


$125 per a. + $166.25 " 

64 per sq.ft. Parker 
Gratis Eason 
Gratis Eason 


to be traded for portion 

of Lots 8,9,20,11,Blk. 7, 
outside of R/W, + $294.70, 

+ moving bldgs. (Low bid 
$2,450) Benson 


a Je Hy, - 2115 sq.ft. 5¢ sq.ft. Gardiner 


5357-archdiocese of Portland " 


34658 sq.ft. 3¢ sq.ft. " 


priate BCR NR IR RRL BELLI AECL IO EI ELE UIA SS 


bldg., $50 Gardiner 
Lytle 
Gratis ° 
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bases of settlement hereinafter enumerated be, and the same hereby 
are, approved and accepted, and that the Attorney for the State High- 
way Commission be, and he hereby is instructed to complete the ac- 
quisition of the said properties end to take title thereto in the 
name of the State of Oregon. The said properties hereby ordered and 
authorized to be acquired are as follows: 


Section, Hwy., and Omer Purpose Acres Approximate Amounts Agent 


er, Helen Me 0.379 $250 per a. plus $7 Benson 
4293-Evergreen Memorial . 2.4 1.406 a. $1600 Lump Sum 
Park Association 1.060 a. at $400 per a. 


+ $2140.70 + moving bldgs., 
est. at $750, + sloping & 
planting banks, est. at 

$500 Collins 


-Tillamook County Park 5.0 $1 Lump Sum Parker 
plus tide lands 


orp. 


- 


6881—Crowm 


342) ¢ OSS BLP OWE y 
Park 119.0 $2,131 Lump Sum Boardman 


6797~Keady, Maude C.and Wm. i Gratis Goodnight 
— Carl W. a 0.30 $150 per a. plus $80 
McChesney 
6827-Meyers, Jesse id 1.12 $150 per a. plus #42 = * 
Albeny-Airport Road Section - fgets Highway East 
5878-Crofton, Verna H. 1.54 $314.20 per a. + $305.63 
Gardiner 
5849-Dickson, Earl " 610 sq.ft. at 5f sq.ft. + $444.50 * 
5$32~Brown, Max " 2.83 a. $1500 Lump Sum ) 
5883-Cox, Clarence " 0.71 Land $550 + moving bldgs., 
low bid $975, and 
damages ® 


ee Ye a. Park 160 more or less - $6000 Lump Sum Parker 
ee Insurance Co. = 1.08 0.50 a. at $100 per a. 


0.58 a.at $30 per a. 
+ $10 + fencing (est. Parker 
at $101.25) 

(Continued on next page) 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


xe John A. Stock Pile 1.40 $25 per a. : $15 McChesney 
6779-Bolliger, F. E. R/W 169.96 $5.60 per a. 80 
6760-Bolliger, F. E. Stock Pile 3.65 $10 per a. + 425.50 " 
6781-Lake County Gravel Pit 17.24 Gratis = 
6782- , M. A. Stock Pile 1.18 $25 per a. e 


k-—Lobe: Dalles—California Hig y 
6873-Wilson, Henry, leive evel Pit 7.27 $20 per a. Parker 
(Klamath Indian Agency) 


674, : Tand $10, plus $20 Wells at 
674,8-Thomas, Joseph E. " 10.18 $10 per a. plus $343 " 
674,7-Myers, E. E. " 4-63 2.63 a. at $100 per a. a, 
2.0 a. at $10 per a. a 
plus $347 " 2 


rey 
3057-Elms, Sidney and a 2.21 l-yr lease at z ahd 
Millis Elms 


(Snow Fence) G10 per year Wells “a 


6860-E4 Baker Gel rit 6.97 $50 per a. Wells Bs 


6815-Austin, . ae * 3.11 $10 per a. + $20.50 a i a a 
6814-Wilson, Albert " 16.92 $10 per a. + $5 " 2 


The Commission had under discussion the matter of ordering condemna- ; 
tion proceedings to acquire certain properties that are needed for various ES 
highway improvements and in connection with which the Attorney has been unable : 
to reach satisfactory settlements. The Attorney presented a list of such t 
properties as follows: e 


Transaction No. 6744 - right of way required from M. L. White 
for the Nehalem Spit Section of the Oregon Coast Highway, in Tille- 
oe County. Owner demands $500. Commission approved offer of 

50.00. 


8851 


Section, Hwy., and Owner Purpose 


son, anieetione * anna W. 
5775-Parrott, E. L. 
6777-Hamilton, W. s. 
67%64-Criteser, Amy E. 


6773-O0'Mara, J. V. R/W and Drnge. 
Dtch. Esm't. 


677-Woodruff, G. E. 
6758-Krogel, Lawrence B. 
6766-Metager, E. B. 


67%7-Tipton, C. T. 


6761-Brown, Margaret C. Hohl 


Stock Pile 


5270-Partin, M. A., et al 


5261-Hartin, Carmel, et al 
5263-Hartin, Carmel, et al 
5268-Moss, Sheldon 

, s. D. 


5249-Elder, Lester E. 


n 
a" 
" 
" 
" 
" 
n 
" 


Ditch Easement 
R/W 


rOWOrROOO 
BUSERBRRK 


. 
io] 
~ 


Sk 


wr Of° 
SB 


Approximate Amounts Agent 


$50 per a. plus $61 Benson 


e 
A 
é 


500 Lump Sum 
4é per sq.ft. + $35.34 


$150 per a. + $1,552 
2h¢ sq.ft. + $50 

ft. 25¢ sq.ft. 

$150 Lump Sum 

$100 per a. 

. $25 Lump Sum 

5.0 a. at $150 per a. 
4.95 a. at $100 per a. 
plus $1285 

35¢ per sq.ft. + $733.50 
+ reconstruction & re- 
arranging service sta- 
tion (Low bid estimated 


$50 Lump Sum Lytle 


$10 per a. + $32.50 McChesney 
0.7% @. at $100 per a. 
0.66 a. at $10 per a. 
plus $191.50 
Land $10 
Land $50, plus $5 
$100 per a. + $338 
$100 per a. + $161.20 
$100 per a. + $153.60 
$100 per a. + $321 
ylO per a. + $36 
1.30 a. at $100 per a. 
0.66 a. at $10 per a. 
plus $127.50 . 
$100 per a. + $21.60 " 
" 
a 


$100 per a. + $88.80 

$100 per a. + $163 

$100 per a. + $2243.25 " 

$100 per a. + $712.70 
McChesney 


= 


Roseburg-Shady Point Section of the Pacific Highway 

Service Creek-Burton Canyon Section of the John Day Highway 
Ana Spring-Hunter Hill Section of the Fremont Highway 

Silver Lake-Picture Rock Pass Section of the Fremont Highway 
Nehalem Spit Section of the Oregon Coast Highway 


land and property owned by or in possession of the following parties 
and/or persons, to wit: 


Roseburg-Shady Point Section of the Pacific Highway 
6 . Rausch 
6772-Geary G. Rapp and Ura Alberta Rapp i 
677% and 6776A-B. A. Young, A. J. Young ; 
6768-A. G. Pendo and Ruby Pendo 
Service Creek-Burton Canyon Section of the John Day Highway 
67,6-W. E. Crawford 
Ana Spring-Hunter Hill Section of the Fremont Highway 
5262-Dean Harris, et al , 
Silver Lake-Picture Rock Pass Section of the Fremont Highway 
6778-State of Oregon, James M. Allen p 
Nehalem Spit Section of the Oregon Coast Highway 
6744-M. L. White 


as their respective interests may-appear, and this Commission does 

hereby declare further that the said property or properties are nec- 

essary, are needful, anda the acquisition thereof will be of advan- eS 
tage to the State of Oregon for right of way purposes in order to 

make it possible for the State Highway Commission to properly locate, 

construct, and maintain said portion or portions of the said state 

highway system in accordance with standards adopted by this Commis- 

sion relative to curvature, grades, alignment, drainage, and factors 

of safety. 


2. That the State Highway Engineer be and he hereby is 
instructed and directed to properly survey the parcel or parcels of 
land required for such right of way purposes and prepare proper and 
adequate descriptions thereof, which descriptions shall be employed 
in the preparation of a deed or deeds or other instrument or in- 
struments necessary to complete the acquisition of the said prop- 
erty or properties or which descriptions may be used in the prepa- 
ration of a complaint in the event that condemnation proceedings 
are necessary. 


3. That the boundaries of the said parcel or parcels of 
land, as defined and determined by the said survey made by the said 
Highway Engineer, along the route or location adopted by the Highway 
Commission, shall be and the same hereby are adopted and the lands 
defined therein are hereby declared to be and the same are included 
within the rights of way of the said portion or portions of the said 
state highway system and hereby are declared to be necessary for the 
proper location, improvement, construction, and maintenance of the 
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Transaction No. 6746 - right of way required from W. E. Craw- 
ford for the Service Creek-Burton Canyon Section of the John Day 
Highway. Owner demands $1,000.00. Commiseion approved offer of 
$600.00. 


Transaction No. 6776 - right of way needed from B. A. Young for 
the Roseburg-Shady Point Section of the Pacific Highway, in Douglas 
County. Owner demands $1,000.00. Commission approved offer of 
$325.0u. 


Transaction No. 6760 - right of way needed from R. Rausch for 
the Roseburg-Shady Point Section of the Pacific Highway. Owner de- 
mands $250.00. Commission approved offer of $100.00. 


Transaction No. 6778 - right of way needed for the Silver Lake- 
Picture Rock Pass Section of the Fremont Highway, in Lake County. 
Commission approved condemnation for this property in view of the 
fact that the Attorney has been unable to locate the owner. 


Transaction No. 5262 - right of way needed from Dean Harris, et 
al, for the Ana Spring-Hunter Hill Section of the Fremont Highway, 
in Lake County. 


Transaction No. 6772 - right of way needed from Geaxy G. and 
Ure Alberta Rapp for the Roseburg-Shady Point Section of the Pacific 
Highway. 


Transaction No. 6768 - right of way needed from A. G. Pendo and 
Ruby Pendo for the Roseburg-Shady Point Section of the Pacific High- 
waye 


After discussion, the Commission authorized the Attorney to proceed 


with condemnation of these properties and by unanimous vote adopted the fol- 
lowing resolution with respect thereto: 


WHEREAS, the State Highway Commission is by law authorized 
and directed to lay out, locate, designate, construct, improve, and 
maintain ea system of state highways in the State of Oregon, and to 
acquire rights of way and to declare the necessity and need for the 
acquisition thereof, and the advantages to be gained thereby; 


NOW, THEREFORE, BE IT AND IT HEREBY 1S RESOLVED by the 
State Highway Commission as follows: 


1. That the State Highway Commission does hereby find and 
declare that it is necessary and will be of advantage to the State 
of Oregon and there is need that the State acquire for right of way 
purposes in connection with the permanent location, construction, im- 
provement, and maintenance of the following section or sections of 
the state highway system of the State of Oregon, to wit: 


hereby declare further that the said property or properties are nec- 
essary, are needful, and the acquisition thereof will be of advan- 
tage to the State of Oregon for right of way purposes in order to 
make it possible for the State Highway Commission to properly locate, 
construct, and maintain said portion or portions of the said state 
highway system in accordance with standards adopted by this Commis- 
“ ee to curvature, grades, alignment, drainage, and factors 
° ety. 


2. That the State Highway Engineer be and he hereby is 
instructed ami directed to properly survey the parcel or parcels of 
land required for such right of way purposes and prepare proper and 
adequate descriptions thereof, which descriptions shall be employed 
in the preparation of a deed or deeds or other instrument or in- 
struments necessary to complete the acquisition of the said prop- 
erty or properties or which descriptions may be used in the prepe~ 
ration of a complaint in the event that condemnation proceedings 
are necessary. 


3. That the boundaries of the said parcel or parcels of 
land, as defined and determined by the said survey made by the said 
Highway Engineer, along the route or location adopted by the Highway 
Commission, shall be and the same hereby are adopted and the lands 
defined therein are hereby declared to be and the same are included 
within the rights of way of the said portion or portions of the said 
state highway system and hereby are declared to be necessary for the 
proper location, improvement, construction, and maintenance of the 
said portion or portions of the state highway system. 


4. That I. H. Van Winkle, Attorney General of the State 
of Oregon, and J. M. Devers, Assistant Attorney General and Attorney 
for the State Highway Commission, be and they are hereby requested, 
authorized, and directed to attempt to agree with the owner or om- 
ers and/or with the tenants or persons in possession, if there be 
any, of said parcel or parcels of land, with respect to the compen- 
sation to be paid for the taking of the same and the damage, if 
there be any, and in the event that no satisfactory agreement or 
agreements can be reached, then it is hereby further resolved that 
the Attorney General of the State of Oregon and J. M. Devers, As- 
sistant Attorney General and Attorney for the State Highway Commis- 
sion, be and they hereby are requested to commence and prosecute to 
a final determination such suit or action or suits or actions as 
may be necessary and appropriate to acquire title to the said premi- 
ses and all rights therein for the purposes herein stated. 


5. That this resolution be entered in full in the min- 
utes and records of this Commission. 


The Commission had under discussion the controversy with C.A.Hardy 


relative to the location of the John Day Highway ecross Mr. Hardy's property 
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said portion or portions of the state highway system. 


4. That I. H. Van Winkle, Attorney General of the State 
of Oregon, and J. M. Devers, Assistant Attorney General and Attorney 
for the State Highway Commission, be and they are hereby requested, 
authorized, and directed to attempt to agree with the omer or own- 
ers and/or with the tenants or persons in possession, if there be 
any, of said parcel or parcels of land, with respect to the compen- 
sation to be paid for the taking of the same and the damage, if 
there be any, and in the event that no satisfactory agreement or 
agreements can be reached, then it is hereby further resolved that 
the Attorney General of the State of Oregon and J. M. Devers, As- 
sistant Attorney General and Attorney for the State Highway Commis- 
sion, be and they hereby are requested to commence and prosecute to 
a final determination such suit or action or suits or actions as 
may be necessary and appropriate to acquire title to the said premi- 
ses and all rights therein for the purposes herein stated. 


5. That this resolution be entered in full in the min- 
utes and records of this Commission. 


The Commission also adopted by unanimous vote the following resolu- 
tion authorizing the Attorney to condemn right of way that is needed for the 
Pacific Highway East in Oregon City across the property of the Security & In- 
vestment Company of Oregon City: 


WHEREAS, the State Highway Commission is by law authorized 
and directed to lay out, locate, designate, construct, improve, and 
maintain a system of state highways in the State of Oregon, and to 
acquire rights of way and to declare the necessity and need for the 
acquisition thereof, and the advantages to be gained thereby; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission as follows: 


1. That the State Highway Commission does hereby find and 
declare that it is necessary and will be of advantage tothe State 
of Oregon and there is need that the State acquire for right of way 
purposes in connection with the permanent location, construction, im- 
provement, and maintenance of the following section or sections of 
the state highway system of the State of Oregon, to wit: 


ree OREGON CITY SECTION OF THE PACIFIC HIGHWAY EaST 


land and property owned by or in possession of the following parties 
and/or persons, to wit: 


Security & Investment Company of Oregon City 
as their respective interests may appear, and this Commission does 


Sunset Camp Oiling Project: 
Balm Grove-Sunset Camp Section State 
Sunset Camp-Nehalem River Section " 
Butte Creek & Mt. Vernon Oiling Project: 
Butte Creek-Service Creek Section . 
Mt. Vernon-Forest Boundary Section * 
Baker-Gibbs Ranch Section * 
Westen-Forest Boundary, Oiling " 
Willamette Valley Oiling Project: 
Midway-Scholis Section 
McMinnville Rd.-Sunnycrest Rd. Section 
Hopewell Section bs 
Colton-Springwater Section ” 
Maple Grove~Pedee Section % 
Pedee-Benton County Line Section " 
Santiam Highway-Crabtree Section ° 
Eastside-negren Ferry, Oiling (State Force) 4,,000 


” 
= 
Ls) 

“ 


payed, Bes & 


oa 
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The Commission by unanimous vote approved the recommendation and instructed 
the Engineer to advertise as many of these jobs as possible for bids to be re- 
ceived at the meetings that are scheduled for June 6 and June 22, 1939. 


The Commission also by unanimous vote authorized the Ingineer to 
construct a light oil treatment on the Eastside-Imegren Ferry Section of the 
Coos River Secondary Highway in Coos County, with state forces. However, it 
was understood that this work is authorized for state forces as an exception 
and not as a general rule and that as a general policy such projects should 
be advertised for bids. 


The Engineer reported that there is 4 possibility that Congress will 
make additional moneys available for a new P.W.A. program and suggested that 
it would be advisable to take advantage of such funds if and when they are au- 
thorized. He advised that present indications are that the Commission will be 
able to arrange for a program amounting to between $1,500,000 and {2,000,000 
under such a setup and suggested that the P.W.A. authorities be so informed. 
After considerable discussion the Commission approved the suggestion and au- 
thorized the Engineer to pass this information along to Mr. C. C. Hockley, Re- 
gional Director of the P.W.A., Portland. 


The Commission adjourned at 10:45 o'clock p. m., to reconvene at 
9300 o'clock on the following morning in the Auditorium of the Public Service 
Building. 

Portland, Oregon, May 19, 1939 

The State Highway Commission reconvened at 9:00 o'clock a. m. in 
the Auditorium of the Public Service Building, with all Commissioners present 
and participating. Aliso present were the State Highway Engineer, the Attor- 
ney, and the Secretary. 


Bids as follows for highway construction projects were opened and 
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between John Day and Prairie City, in Grant County, which involves the ques- 
tion of whether the highway should be constructed on straight alignment or on 
curved alignment. The Commission decided in favor of the straight alignment 
and by unanimous vote authorized the Attorney to condemn the rigit of way in 
accordance therewith if Mr. Hardy will not accept $2000 for same. 


The Assistant Attorney reported on the status of securing right of 
way options for the proposed revision of the Pacific Highway West through the 
town of Tigard. He advised that the estimated cost of such right of way along 
the southerly route is $66,000, whereas that along the northerly route is 
$96,500. The Engineer advised that it would cost about $265,000 to construct 
the southerly route, whereas the northerly route can be constructed for 
$244,000, making a total cost of $331,000 for the southerly route and $340,500 
for the northerly reute. He recommended the adoption of the northerly route 
notwithstanding that it is slightly more expensive than the other, perticular- 
ly because it apparently is favored by most of the people in Tigard and be- 
cause it can be built in sections and will involve a lesser expenditure of 
state funds at any one time. Also, because there is very little to choose be- 
tween the two routes so far as alignment is concerned. After considerable 
discussion Chairman Cabell expressed himself tentatively in favor of the 
northerly route as did also Commissioners Aldrich and Clough. A definite de- 
cision in regard thereto was deferred by the Commission until later in the 
session after it has heard additional arguments to be presented by groups fa- 
voring both routes. (The Commission adopted a resolution on the following 
day definitely deciding in favor of the northerly route.) 


Commissioner Aldrich brought up for discussion the matter of prohib- 
iting the erection of advertising signs on privately-owned property adjacent 
to state highway rights of way and particularly along the Pendleton-Stanfield 
Section of the Old Oregon Trail. He advised that practically all of the prop- 
erty omers along this section of the Old Oregon Trail have signed statements 
to the effect that they will not allow signs to be maintained on their proper- 
ties, but one omer objects to doing so because he realizes about $30 per year 
rental from such source. The Attorney advised that the Commission has au- 
thority to spend state funds to purchase exclusive rights for the maintenance 
of signs on private properties if it so desires, but suggested that that would 
be unwise because it would eventually mean an expenditure of a large sum of 
state highway funds, which the Commission cannot afford. The Commission de- 
cided not tc follow such procedure but to try again to secure signed state- 
ments from all of the property omers. The Commission also decided that the 
proper time to secure statements of this kind is when right of way for new 
projects is acquired, and accordingly instructed the Attorney to follow such 
procedure hereafter in connection with right of way negotiations. 


The Engineer reported considerable savings in the contracting of 
state highway construction work and suggested that this money should be expend- 
ed for oiling work. He presented the following list of eligible projects for 
such funds and recommended approval of the same for light oil treatment cost- 
ing approximately $1000 per mile: 


(Dean Creek-Prairie City Section, continued) 


Tom Lillebo $ 24,992.00 
Max J. Kuney 25,320.00 
Denton & Young 25,400.50 
C. J. Eldon 25,626.70 
G. D. Lyon & 25,671.00 
Leonard & Slate 26,676.25 
Frank Watt Construction Company 26,807.95 
Wm. A. McWaters & Robt. L. Knapton 30,623.00 
McAttee & Heathe 31, 781.50 


MAIN STREET IN THE TOWN OF SCIO 
BRIDGE OVER THOMAS CREEK 


Contracting & Sales Company, Inc. $ 10,568.00 i 
J. F. Johnston 11,576.00 4 
Birkemeier & Saremal 11, 723.00 | 
Tom Lillebo 11, 734.00 q 
Leonard & Slate 12,351.00 
Mountain States Construction Company 12,802.00 
McNutt Bros. 13,427.50 
SANTIAM HIGHWAY " 

LAMB CREEK~SHEEP RIDGE SECTION 

LOG SPAN WITH TRESTLE APPROACH 
J. F. Johmston @ 11,522.00 
F. C. Dillard 14,168.00 
S. S. Montague 14,657.00 
McNutt Bros. 21,048.50 
Leonard & Slate 60,910.00 


TROUTDALE-~SANDY ROAD z 
STREBIN ROAD-HOSNER ROAD SECTION 3 


GRaDING, SURFACING, OILING vy 
U Road 0: Using Tar es 
H. L. Rice atm wth te nan 664 225 2 % 37,585. : 
Newport Construction Company $ 39,220.90 38,828.50 
a SO ance es ohehenteccsn 6¢ totais oats We 42,676.50 
A I is ed dt bite ones? . ios mit ae 4S 43,832.50 
R. 0. Dail & Warren Bros., Inc.  #  # ----- 47,389.50 
Homer G. Johnson ----- 48, 710.50 
The United Contracting Company ll 51,694.50 


Two delegations from the tow of Tigard were present and presented : | 
arguments with respect to the rerouting of the Pacific Highway West through g 
that town. One of the delegations wes headed by Mr. Thomas Tongue, Attorney- 2 ; 
at-Law, Hillsboro, and consisted of approximately 15 persons who favored the EF ‘% 
northern route. The other delegation, consisting of 19 members, was head- : 
ed by Mr. Kemmer, Attorney-at-Law, Beaverton, and favored the adoption of the 
soutaerly route. Mr. Kemmer presented arguments on behalf of the delegation 


MAY19 1939 


read in conformance with previously published notice, following which Chair- 
man Cabell announced that the award of contracts would be made at 3:30 o'clock 
p- m. in the same room: 


PACIFIC HIGHWAY 
ROSEBURG-SHADY POINT SECTION - GRADING AND PAVING 


Berke Bros. $191,992.00 
Edlefsen-Weygandt Company 193,387.00 
McNutt Bros. 216,994.00 
E. C. Hall Company 220,424.00 
Roy L. Houck 220, 827.50 
E. L. Gates 223,660.50 
Clifford A. Dunn 233,577.00 
Leonard & Slate 235,013.00 
Parker-Schram Company 237,170.50 


JOHN DAY HIGHWAY 
FLAT CREEK-JOHN DAY SECTION - OILING 


Babler Bros. $ 17,415.00 
R. 0. Dail & Warren Bros. 17,589.00 
J. C. Compton 18,676.00 
Diesel Oil Sales Company 18,947.00 
McNutt Bros. 19,912.00 


JOHN DAY HIGHWAY 
JOHN DAY~PRAIRIE CITY SECTION ~ GRADING AND TOPPING 


ALSO OILING 
E. L. Rigdon $ 79, 361.00 
Triangle Constructicn Company 79,441.25 
Roy L. Houck 80, 267.00 
M. L. O'Neil & Son $1,881.50 
Leonard & Slate 82,042.00 
Max J. Kuney 86,169.00 
Mountain States Construction Company 86,686.50 
McNutt Bros. 89, 351.00 
Cc. J. Eldon 90, 337.00 
G. D. Lyon & Company 94,668.50 
Edlefsen-Weygandt Company » 899.00 
E. Cc. Hall 97,206.20 
E. L. Gates 97, 342.00 
Tony Marrazzo 98,000.00 
J. C. Papin 103,998.10 
Dodge Construction Company, Inc. 106,292.00 


JOHN DAY HIGHWAY 
DEAN CREEK-PRAIRIE CITY SECTION 
CONSTRUCTION OF THREE BRIDGES AND ONE CULVERT AND EXTENSIONS TO SEVEN CULVERTS 


Edlefsen-Weygandt Company $ 22,974.50 
J. F. Johnston 23,959.00 
Mountain States Construction Company 24,043 +40 
McNutt Bros. 24,620.50 


(Continued on next page) 
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of which have been filed in the office of the State Highway Commis- 
sion at Salem, Oregon, be and the same hereby are approved and 
adopted as the survey, field notes and route of said highway. 


3. Be it further resolved that in due time and as funds 
are made available therefor the Pacific Highway West shall be con- 
structed over the above described route, and as soon as the highway 
has been permanently constructed over said route and is ready to 
receive the traffic which uses and employs the said West Side Pa- 


shall thereafter be abandoned as a portion or part of the Pa 
Highway West. 


4. That this resolution shall be entered in the minutes 
and records of the Highway Commission and a duly certified copy 
thereof delivered to the United States Bureau of Public Roads and 
a like copy to the County Court of and for Washington County. 


A delegation from Reedsport, consisting of Mayor E. G. Dunn, W. A. 
Burdick, W. G. Benson, J. H. Richards, N. Hogan, and Mrs. Harriet Edwards, 
came before the Commission relative to the proposed improvement of the Umpqua 
Highway between 12th and 15th Streets in this town, particularly with refer- 
ence to the moving of the city's building and the theatre building located 
on the easterly side of this highway. It was recalled from previous discus- 
sions that the city building and the theatre building would have to be moved 
back from the highway a distance of 10 feet in order to provide a standard 
width highway right of way and that Mrs. Edwards, who owns the theatre 
building, is not inclined to give up any of her present property fronting on 
the highway unless she is guaranteed additional land at the back of her premi- 
ses, because she has need for a full 100-foot property depth in order to sat- 
isfactorily carry on her business. It appeared from comparisons that the 
cost of moving the buildings will nearly equal the cost of improving the high- 
way, for which reason the Commission indicated an unwillingness to assume 
such obligation. The Engineer suggested, as a solution to the entire problen, 
the of the existing sidewalks to 7 feet, which would provide a 
width of 56 feet between curbs for traffic, including a central neutral zone 
2 feet wide. It was his thought that such arrangement would be adequate for 
&@ long time. He also suggested an 80-foot right of way at 12th Street in or- 
der to improve sight distance at this intersection, which would necessitate 
the cutting back of the concrete gar:ge building at this point. After discus- 
sion the Commission by unanimous vot: tentatively approved such arrangement 
pending further study of the matter. 


The question of reconstructing the canopies on business houses in 
connection with this improvement was also discussed. Chairman Cabell suggest- 
ed that the state assume such expense if it is not large and if it is a legal 
expenditure of state funds. The Attorney advised that the Commission has le- 
gel authority to expend state funds for improvements of this kind, whereupon 
the Commission by unanimous vote agreed to assume this responsibility when 
the street work is undertaken. 
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favoring the southerly route and was followed by Mr. Tongue who presented those 
on behalf of the people who favored the northerly route. At the conclusion of 
the presentation of both groups Chairman Cabell advised that the Commission is 
glad to have the arguments of both factions and that the Commission hopes to 
make its decision with respect to this matter before adjournment of this meet~ 
ing. This matter was discussed by the Commission in private following the ap- 
pearance of the delegations, at which time the Commission decided definitely 
in favor of the northerly route. The following resolution with respect there- 
to was adopted by the Commission by unanimous vote: 


WHEREAS, the Pacific Highway West tas for some time been 
routed through the unincorporated town of Tigard over the main 
street or thoroughfare of said town; and 


WHEREAS, it is the opinion of the Highway Commission that 
a change in the alignment of said highway with respect to said tom 
of Tigard should be made in order to afford a more convenient, safe 
and adequate highway for the motoring public; and 


WHEREAS, after uhorough and repeated surveys had been 
made and after listening to delegations and citizens of the said 
community with resxect to several possible routes, and after due 
consideration of all matters pertaining to the selection of a perma- 
ment route the Commission has selected as the route of the highway 
through said town the route which in the judgment and opinion of 
the Commission will most adequately serve the general public. 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the Com- 
mission, all members being present and affirmatively voting, as fol~ 
lows: 


1. That the route of the Pacific Highway West through 
the unincorporated town of Tigard shall be along a route and over 
territory defined and described as follows, to wit: 


Beginning approximately 500 feet westerly of the 
Multnomah-Washington County Line et sngineer's station 
204+99.0 = 5+33.4 at the end of the present four-lane 
pavement; thence in a southwesterly direction in general 
following the present highway to approximately 400 feet 
easterly of the High School; thence leaving the present 
highway and passing back of the Methodist-Episcopal Church, 
crossing the railroad tracks of the Oregon Electric Rail~ 
way Company and the Southern Pacific Company approximately 
275 feet northwesterly of the present highway crossing, 

. and then joining the present highway near the Catholic 
ei Church and Schools thence following the present highway to 

. @ connection with the end of the present concrete pavement 

7 approximately 250 feet westerly of the Public School. 


2. That the survey, field notes and other data made, ac- 
quired and assembled by the Engineer with respect to said route, all 
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arrange their itinerary to fit. Also speaking on behalf of this project were 
Mr. 3'Connor, County Judge Nickelsen, and Jack Meier. 


As a result of the appearance of this delegation, the Commission in- 
structed the Engineer to render a report on what it would have cost the state 
to open this highway to travel throughout its entire length on May 1 of each 
year for the past 10 years. The delegation was informed that the Commission 
would render its decision after the report has been studied. 


A delegation from Tillamook and Washington Counties conferred with 
the Commissior. relative to the Wilson River Highway. The delegation was head- 
ed by County Judge Harland M. Woods, of Tillamook County, and included the 
following: County Commissioner E. G. Anderson, of Tillamook County; County 
Commissioners James Lewis and J. W. Hughes, of Washington County; Jack Aschin; 
Warren McMinimee, District Attorney; B. Charlie Lamb, Arthur Beals, M. D. Ack- 
ley, R. B. Miller, Senator C. J. Edwards, and W. J. Mandley, all of Tillamook; 
also Charles West, of Portland. Mr. Aschim presented the principal arguments. 
He particularly urged the oiling of the section between Jordan Creek and Mc- 
Namers Camp and the construction of a bridge over the Wilson River near the 
summit of the Coast Range. Mr. Aschim asked for the early construction of the 
bridge because, in his estimation, it will take considerably longer to build 
the bridge than to complete the grading work on the adjacent sections. 


Mr. Mandley, Senator Edwards, and County Commissioner Hughes en- 
dorsed th: remarks of Judge Woods and Mr. Aschim. Judge Woods inquired as to 
the Commission's plans for this highway. He was informed that in order to ad- 
vance its completion as much as possible the Commission has decided to con- 
struct log bridges over all the streams with the exception of the bridge near 
the summit, which is to be of a permanent type. These log bridges, he said, 
will be financed with W.P.A. funds as will also the grading work, surfacing, 
and tunnel construction, but the Commission plans to contract the high bridge 
at the summit and the oiling work. They were further informed that the Com- 
mission plans to move one of its crushers from the Wolf Creek Highway W.P.A. 
project to this job so as to expedite the preparation of rock needed for sur- 
facing and oiling work. It was explained that the rock would be financed 
with W.P.A. funds and stockpiled for use in 1940 under an oiling eontract. 


Chairman Cabell pointed out the possibility of financing the con- 
struction of the bridge at the summit with P.W.A. funds and assured the dele~ 
gation that this project would be undertaken under such program if the funds 
materialize, as is now expected. If they do not materialize, he added, then 
the Commission will have to find some other way to finance the work. This 
concluded the conference. 


County Judge Nelson B. Higgs, of Harney County, Archie McGowan of 
Burns, and County Commissioner Wa. Baer of Deschutes County, came before the 
Commission relative to the completion of the oiling of the Central Oregon High- 
way between Buchanan and Burns, 4 distance of about 30 miles. They were in- 
formed that this work will cost approximately $300,000, which is more money 
than the Commission can spare in any one year for such work, so it has been 
decided to do the work in two units, one of which, extending from Juntura to 
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The Assistant Attorney presented a form of agreement with the Cali- 

fornia Western States Life Insurance Company, providing for group insurance 

coverage for highway department employees who are paid on the hourly basis. 

The Commission approved the agreement and referred to the Attorney for further 

a the matter of including coverage for employees who are paid on the month- 
is. 


The Assistant Attorney brought up for discussion the matter of sell- 

ing to Talent Grange, of Jackson County, @ small tract of state-owned land at 

f the intersection of the Pacific Highway with the Valley View County Road south 
Ee of Talent. He recalled that the Commission at the previous meeting authorized 
? is the sale of this property to the Grange for the sum of $250. He gave as his 
sey)! understanding that the Grange wants the state to deed this property to the 
- Grange without cost. He inquired whether or not the Commission had considered 
the matter from that standpoint and requested instructions relative thereto. 
After discussion the Commission decided definitely not to deed this property 
to the Grange without cost, but to make a charge for it, the amount thereof to 
be determined by Commissioner Clough. Commissioner Clough was given full au- 
thority to act in the matter. 


The Commission adjourned at 12:00 o'clock noon and reconvened at 
2:00 o'clock p. m. in the came room, with all Commissioners present and par-~ 
ticipating. Also present were the State Highway Engineer, the Attorney, and 
the Secretary. 


A delegation from Hood River, representing the Chamber of Commerce, 
came before the Commission relative to snow removal on the Mt. Hood Highway. 
Mr, Harold Loomis, Secretary of the Chamber of Commerce, headed the group, 
which included the following: Jom Mohr of Hood River and County Judge C. D. 
Nickelsen of hood River County; L. P. Jaeger, Ross Finnegan, Ed Fettig, Joe 
Herman, W. H. Hoffman, Flavel Temple, and Mr. Halcomb, all representing the 
Portland Hotelmen's Association; also, Jack Meier of Timberline Lodge, Inc., 
Tim O'Conner, representing the Gray Line buses, and James Frankland of the U. 
S. Forect Service. They asked the Commission to endeavor to keep this highway 
open throughout its entire length for year-round travel, and, if that is im- 
possible, to at least set definite dates for the opening and closing of the 
highway in the spring and in the fall. 


Chairman Cabell advised that the opening of this road is dependent 
upon the balancing of the expense involved against the probable use of the 
road, and that in some years the road could be opened much earlier than in 
others, so the Commission is not in a position at this time to make any defin- 
its statement as to what it could do, if anything at all. Mr. Jeager urged 
the early opening of this highway on behalf of hotel people. He advised that 
the Mt. Hood Loop trip is one of the big features that they carry in their ad- 
vertising matter, and when tourists come to Oregon they expect to make the 
trip as advertised and many times are disappointed because the road is not 
open for travel. If the highway could be kept open the year round, he said, 
or at least if the Commission would set definite dates for the opening and 
closing of the highway, it would be a great help and then they could advertise 
this trip accordingly and tourists who want to make the trip would be able to 
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A delegation from Multnomah County, representing business interests 
along Sandy Boulevard through the Parkrose District, came before the Commis- 
sion and urged the improvement of Sandy Boulevard (Columbia River Highway) 
from 74th Avenue to 122nd Avenue. The delegation was headed by Mr. James J. 
Schwary and included W. S. Wessling, R. L. Freeman, Harry Pierce, and W. L. 
Paterson; also County Commissioner C. A. Bigelow of Multnomah County. Speak- 
ing on behalf of this project were Messrs. Paterson, Wessling, Pierce, Free- 
man, Schwary, and County Commissioner Bigelow. They particularly asked that 
this project be included in the contract for the construction of the 44th Ave- 
nue~74th Avenue Section on which the Commission expects to receive bids at its 
meeting in June. ; 


Chairman Cabell advised that the 44th Avenue-74th Avenue project is 
@ part of the project that the Commission programmed last year and was not un- 
dertaken at that time simply because the Commission did not have funds to fi- 
nance it. He further advised that it would not be possible to include in this 
contract additional work between 74th Avenue and 122nd Avenue because there 
is not sufficient time to make the survey and prepare the data. He added that 
this job must be considered on its merits and that the Commission will do this 
when it arranges its next federal aid program, although no commitments or prom- 
ises can be made relative thereto at the present time. The Ingineer was there- 
upon authorized to make a survey of the section under discussion. Mr. Bigelow 
presented a letter from the Board of County Commissioners of Multnomah County ; 
endorsing this project. ; % 


At 3:30 o'clock p. m. Chairman Cabell announced the following awards 
of contracts for which bids were taken at the morning session, such awards hav- * 
ing been previously approved by the Commission by unanimous vote: * 


"Roseburg-Shady Point Section of the Pacific Highway, in Douglas r 
County. 2.41 miles grading and paving. Berke Bros., Portland, sub- Gals) a 
mitted the low bid for this project at $191,992.00. The next low bid ‘a 
was submitted by Edlefsen-Weygandt Company of Portland at $193,387.00. aeue bY 
There were 7 higher bidders. The Commission has referred all bids on aan 
this job to the Mngineer with power to award the contract to the low ie 
bidder when certain conditions have been fulfilled. Ds 


"Flat Creek-John Day Section of the John Day Highway, in Grant j 
County. 24.56 miles of oiling. The low bid received for this proj- 
ect was that of Babler Bros., Portland, at $17,415.00. The next low : 
bid was that of R. 0. Dail & Warren Bros., Inc., Portland, at 
$17,589.00. There were 3 higher bidders. The Commission has award- ; 
ed this contract to the low bidder, Babler Bros., at their bid of 2 


$17,415.00. 


"John Day-Prairie City Section of the John Day Highway, in Grant : 
County. 8.17 miles grading and topping and 4.43 miles oiling. &. L. (3 
Rigdon, of Klamath Falls, submitted the low bid of $79,361.00 on this 
project. The next low bid was submitted by the Triangle Construction 
Company of Boise, Idaho, at $79,441.25. There were 14 higher bidders. 

The Commission has referred all bids received on this project to the 
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the Stinkingwater Bridge and costing about $145,000, will be included in the 
next construction program for contracting in the fall. 


Mr. McGowan inquired as to the possibility of securing additional 
oiling work on this road to insure a dustless surface throughout its entire 
length in 1940. After some discussion the Ingineer suggested that it would 
be advisable to construct a light oil surface on the section that is not to 
be contracted this fall, which, in his estimation, would satisfy everyone un- 
til a standard oil surface could be financed. Judge Higgs and Mr. McGowan 
both approved such arrangement and it was so ordered by the Commission. 


Commissioner Baer then inquired as to the plans of the Commission 
for the improvement of the Butler Market Road, which extends northeasterly 
from the city of Bend. He was informed that the Commission considers this a 
priority project and intends to include it in its next construction program 
for federal aid secondary highway funds which will be arranged later in the 


Mrs. Pearl Becker, Secretary of the Pomona Grange, Scappoose, Ore- 
gon, came before the Commission relative to Natal Park, which is situate ad- 
jacent to the Nehalem Secondary Highway about 4 miles west of Mist. She said 
that this tract contains 10 acres of very fine timber; in fact, this is one 
of the few stands of fine timber remaining in Columbia County, which should 
be preserved if some way can be found to finance it. She said that the Clarke- 
Wilson Lumber Company, which owns the timber, has plans to cut it in the near 
future, but has consented to defer logging operations pending settlement of 
the question of whether or not the state wants the area for park purposes and 
is willing to pay for the timber. The company, she said, is asking payment 
= = timber only, and,if the state buys it, will deed the land to the state 

ree of cost. 


Chairman Cabell explained that the Commission had this matter under 
discussion on the previous day and understood at thet time that the Clarke- 
Wilson Company demands $6,000 for the timber, which price the Commission con- 
siders exorbitant. He also stated that, in view of the limited amount of 
funds that the Commission has available for park purposes, the Commission has 
decided to concentrate on purchases along the heavily traveled highways where 
the Commission feels the most good would be accomplished. There is a question 
in the minds of the Commissioners, he added, whether or not the purchase of 
Natal Park is justified in view of the fact that there are so many desirable 
places along the heavily traveled highways which more nearly meet the Commis- 
sion's requirements and which the Commission should purchase if it had the 
money. 


Mrs. Becker urged the Commission to purchase at least a part of the 
tract if it cannot finance the entire area. The Commission agreed to give the 
matter further study and referred it to the State Parks Superintendent for ad- 
ditional information. Mrs. Becker agreed to contact the Clarke-Wilson Lumber 
Company egain in an endeavor to secure its consent to the postponement of 
its logging operations on this tract until the stete decides definitely wheth- 
er or not to acquire it. 
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land, in the amount of $37,585.00, based on the use of tar. Mr. 
Rice did not submit a bid using road oil. The next low bid was sub- 
mitted by Newport Construction Company, of Portland, being in the 
sum of $38,828.50, based on the use of tar, and $39,220.90 using 
road oil. There were 5 higher bidders. The Commission has referred 
all bids on this job to the Engineer with power to award the con- 
tract to the low bidder, H. L. Rice, when certain conditions have 
been fulfilled." 


Mr. W. H. Lynch, District Engineer, Bureau of Public Roads, con- 
ferred with the Commission at this time relative to several forest highway mat~ 
ters. He was accompanied by F. E. Andrews, Senior Highway Engineer, T. M. Da- 
vis, Highway Engineer, and James Frankland, Regional Engineer, U. S. Forestry 
Deparmment. Mr. Lynch advised that there is a short section of the Willamette 
Highway about 1600 feet in length, between the Salt Creek Tumnel and the J.A. 
Lyons contract which was awarded on the previous day, for which no provision 
has been made for surfacing and oiling, although the grading work has been ac- 
counted for. He recommended an allocation of $5,000 from the Oregon Forest 
Highway Contingent Fund to finance such work in order to insure the comple- 
tion of this short section along with the other work in this vicinity. The 
State Highway Engineer concurred in such recommendation. The Commission ap- 
proved the recommendation by unanimous vote. 


Mr. Lynch also brought up for discussion the plans for the oiling 
of the forest highway section of the Weston-Elgin Secondary State Highway be- 
tween Tollgate and the west forest boundary. He said that $80,000 has been 
set up to finance this work and they plan to let a contract for the same this 
season, although there is a certain amount of grading work that will have to 
be done first. He said that he thought the Commission should know the facts 
because there is a possibility that the oiling work will be contracted too 
late to be completed this year. The Commission took no action on this mtter. 


Mr, Lynch inquired as to the plans of the Highway Commission for 
snow removal on the North Santiam Highway this coming winter. He advised that 
the cost to perform such work during the past winter was between $15,000 and 
$20,000, which, in their estimation, is rather expensive, considering that on- 
ly 3,000 cars traveled over this road during the 3-month period ending March 
31. He requested an expression from the Commission in regard thereto. The 
State Highway Engineer pointed out that the grading of the Santiam Highway 
will be completed this fall and will provide a year-round road from Central 
Oregon into the Willamette Valley. He questioned the advisability of keeping 
both the Sentiam Highways open during the winter months. The Commission de- 
ferred a decision in this matter until next fall. 


Mr. Lynch also brought up for discussion the matter of reallocating 
the $50,000 of Fiscal Year 1940 Forest Highway Funds that were budgeted for 
the improvement of the north end of the Cascade Lakes Forest Highway. He said 
that they have made a very careful analysis of this road from different stand- 
points but do not seem able to justify the expense of such improvement and 
there is a question whether or not it will be approved by the authorities in 
Washington. He inquired as to where the Commission wishes to place these fuads 
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Engineer with power to award the contract to the low bidder when cer- 
tain conditions have been fulfilled. 


"Construction of three bridges and one culvert and extensions to 
seven culverts on the Dean Creek~Prairie City Section of the John Day 
Highway, in Grant County. The low bid received for this project was 
that of Edlefsen-Weygandt Company, of Portland, in the amount of 
$22,974.50. The next low bid was that of J. F. Johnston, Newberg, at 
$23,959.00. There were 1) higher bidders. The Commission has re- 
ferred all bids received on this project to the Engineer, with power 
to award the contract to the low bidder when certain conditions have 
been fulfilled. 


"Bridge over Thomas Creek, on Main Street, in the town of Scio, 
Linn County. The low bidder for this project was the Contracting & 
Sales Company, Inc., of Portland, at $10,568.00. The next low bidder 
was J. F. Johnston, of Newberg, at $11,576.00. There were 5 higher 
bidde:.:. The bids for this project were received for and on behalf 
of the County Court of Linn County. The Commission, therefore, has 
referred all of them to Linn County Court for consideration. 


"Lamb Creek-Sheep Ridge Section of the Santiam Highway, in Linn 
County. Construction of a 60-foot log span with 205 lin. ft. of 
trestle approach. The apparent low bidders, Leonard & Slate of Mult- 
nomah, bid $100 per cu. yd. on Item No. 9, removal of roadbed slides, 
but their total extension was $500, which would be at the rate of 
$1.00 per cubic yard instead of $100 per cubic yard; and,while I do 
not think there is much doubt that they meant their unit price to be 
$1.00 per cubic yard, nevertheless, in the specifications there is a 
clause which reads as follows: 


‘The total amount of a bid for the purpose of determin- 
ing the amounts of bidders' deposits and surety bond and of 
comparing the bids shall be the total sum computed from the 
State Highway Engineer's approximate estimate of the quanti- 
ties of work involved, and the unit prices proposed in said 
bid.' 


Therefore, since the unit price is clearly $100, in order to comply 
with the specifications, the Commission considers that it has no al- 
ternative but to compute the bid on the basis of the unit price, 
which reculted in Leonard & Slate being the high bidders instead of 
the low. This leaves J. F. Johnston, of Newberg, the low bidvor, 
with his bid of $11,522.00. The next low bidder was F. C. Dillard, 
of Eugene, at $14,168.00. There were 3 higher bidders. The Commis- 
sion awards this contract to J. F. Johnston at his low bid of 
$11,522.00. 


"Strebin Road-Hosner Road Section of the Troutdale-Sandy Road, 


in Multnomah County. 3.25 miles grading, surfacing, and oiling. The 
low bid submitted for this project was that of H. L. Rice, of Port- 
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6. It is understood and agreed that the ownership of the sig- 
nals shall be vested half with the City and half with the 
State, and that neither party will dispose of the signals 
without mutual agreement. 


The Commission approved the arrangement as outlined, by unanimous vote, and 
authorized the Engineer to endorse Mr. Bean's letter. The Commission also ap- 
— Ls expenditure of $30,000 of state fimds this year in connection with 
such work, 


The Fngineer requested authority to purchase a Churn drill for test- 
ing materials in connection with soil foundation investigations. He estimat- 
ed that such drill would cost about $1,500. The Commission authorized the 
purchase by unanimous vote. 


The Commission considered and accepted the offer of the City of Mil- 
ton to pay $10.00 for an old tank stored at the Pendleton maintenance head- 


The Engineer reported that the Prairie City-Unity Section of the 
John Day Highway is now sufficiently dry and stabilized to permit the hauling 
thereover of legal weight loads and recommended the lifting of the reduced 
load limit heretofore in effect on this section. The Commission approved the 
recommendation and thereupon, by unanimous vote, adopted the following resolu- 
tion in regard thereto: 


WHEREAS, on the 2lst day of March, 1939, at a meeting 
of the Oregon State Highway Commission, all members being pres- 
ent and participating, the Commission passed and adopted a reso- 
lution reducing the maximum load limit on the following state 


highway: 


JOHN DAY HIGHWAY, from Prairie City, 
in Grant County, to Unity, in Baker County; 


and 


WHEREAS, subsequent to the passage of said resolution, 
conditions have changed so that it is now no longer necessary 
or desirable, and the Commission hereby finds that it is no long- 
er necessary or desirable, to maintain the said reduced load lim- 
it set out in said resolution insofar as it pertains to the above 
mentioned highway; 


NOW, THEREFORE, BE IT RESOLVED that the action of the 


State Highway Commission reducing the maximum permissible load 
limit on the 
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in the event that definite approval of this project is not secured. The Con- 
mission deferred its decision in this matter until later. 


A letter was presented from Mr. Ormond Rk. Bean, Commissioner of Pub- 


lic Works, Portland, confirming, in writing, the verbal understanding that he 
previously had with the Ingineer with reference to the planning, installation, 
operation, and maintenance of traffic signals and traffic channelizing islands 
in the city of Portland along the established routes of state highways into 
and through this city. The Engineer read aloud the provisions of this tenta- 
tive agreement, as follows, and recommended approval of the same and that he 
be given authority to indicate such approval by signing and returning to Mr. 
Bean a copy of said letter: 
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1. 


2. 


5. 


On or before June lst of each year, the engineering staffs 
of the City and of the State will submit to the State High- 
way Commission and the City Council of Portland, a budget 
of expenditures for the year berinning on the first of the 
following December. The expend.turcs made under this bud- 
get for the purchase of the necessary equipment, material 
and supplies and for the installation of traffic signals 
and channelizing islands shall be borne 50% by the City of 
Portland and 50% by the State Highway Commission. 


Plans in detail for the installation of signals and chan~- 
nelizing islands shall be prepared by the City Traffic In- 
gineer and approved by the City Engineer and the State High- 
way Engineer, in writing. No subsequent changes shall be 
made in the master plan unless approved by both parties in 
writing. 


When the State or the City lets contracts for widening and 
repaving streets, either authority shall install the con- 
duits requisite for the signals and install the channeliz- 
ing islands, and bill the other party for helf the cost. 

The City shall be charged with the responsibility for the 
purchase and installation of the signals and controllers. 
They shall also be privileged to install channelizing is- 
lands and conduits with their own forces, where no major re- 
construction is involved, and shall bill the State for half 
the cost of the labor, materials and equipment used. 


It is to be understood that all equipment purchased shall 
be on the besis of specifications approved by the State 
Highway Engineer. All equipment with the exception of 
signal controllers shall be purchased on competitive bids. 


It is further understood that the City will maintain and 
operate the facilities installed under this agreement. 
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labor, for which Mr. Kite was paid, and, in his estimation, the claim should 
be denied. The Commission concurred in the viewpoint of the Engineer and in- 
structed him to convey such information to Mr. Kite's attorneys, Messrs. Nor- 
blad & Norblad, of Astoria. 


The Commission had under discussion the question of renewing the 
contract with Leonard & Slate for the operation of the Willamette River Ferry 
at Wilsonville, inasmuch as the present contract expires on July 1, 1939. The 
Engineer advised that the present contract contains an extension clause to the 
effect that upon the expiration of the original 2-year period the contract may 
be extended at the option of the State Highway Commission for such period as 
the Commission may decide, but, in any event, not to exceed one year. He fur- 
ther advised that Leonard & Slate have given good service and recommended that 
the Commission take advantage of this extension clause and renew the present 
contract for one year. The Commission approved the recommendation by unani- 
mous vote and so ordered. 


The Secretary presented resolutions from the County Court of Des- 
chutes County requesting the rerouting of the Century Drive Secondary Highway 
along Riverside Boulevard in Bend, which matter was the subject of the Commis- 
sion's public hearing in Bend on May 17th. After discussion, and it appearing 
to the Commission that such change in route is logical and meets with the 
unanimous approval of the people of this city, the Commission approved such 
change, The following resolutions relative thereto were adopted by the Com- 
mission by unanimous vote: 


WHEREAS, under the provisions of Chapter 248, Laws of 
1931, and Chapter 196, Laws of 1935, the State Highway Commission, 
by mutual agreement with the respective county courts of the sever- 
al counties of the State, is authorized and empowered to select, 
locate, and designate a system of secondary atate highways, which 
highways shall be selected from the market roads or other county 
roads or available locations or routes of the several counties; and 


WHEREAS, the State Highway Commission, by mutual agree- 
ment with the Deschutes County Court of the State of Oregon, has 
heretofore selected and regularly adopted, as provided by law, the 
Century Drive Secondary Highway No. 372; 


WHEREAS, it is now the intention of the State Highway 
Commission, by mutual agreement with the Deschutes County Court of 
the State of Oregon to eliminate and remove from the system of sec- 
ondary state highways, under the provisions of Chapter 196, Oregon 
Laws of 1935, the hereinafter described section of the Century Drive 
Secondary Highway No. 372; and 


WHEREAS, it is mutually understood and agreed by the 
State Highway Commission, the Deschutes County Court and the City 
of Bend of the State of Oregon, that from and after the adoption of 
this resolution by the State Highway Commission, the hereinafter de- 
scribed section of the Century Drive Secondary Highway No. 372 


JOHN DAY HIGHWAY from Prairie City, in Grant 
County, to Unity, in Baker County, 


be and the same hereby is rescinded and cancelled as of this date, 
and the maximum load limit permissible on the said section of said 
highway hereaftcr shall be the maximum load limit provided by law. 


IT IS HEREBY ORDERED that a certified copy of this reso- 
lution be furnished to the county clerk of each county in which 
said highway is located, and that a certified copy of this resolu- 
tion be furnished to the Superintendent of the Department of State 
Police for his information. 


Consideration was given by the Commission to the setting of a date 
for the public hearing in the city of Reedsport relative to the rerouting of 
the Umpqua Highway in that town. It was decided to hold such public hearing 
on Wednesday, June 21, 1939, starting at 10:00 o'clock a. m. The Secretary 
was instructed to send formal notification of such meeting to the Reedsport 
city officials. 


The Commission also tentatively decided to go to Roseburg on Tuesday, 
June 20, for an inspection of the North Umpqua Highway and to be the guests of 
the Roseburg Chamber of Commerce that evening. 


The Commission had under consideration the application of Senator 
George H. Chaney, Coquille, for a permit to transport a boat 44 feet long, 15 
feet wide, and 17 feet high over the Oregon Coast Highway from 1lth Street, in 
Coquille, to a point near the Southern Pacific Depot in that town. The Conm- 
mission approved the granting of such permit provided Senator Chaney will fur- 
nish the customary insurance and will maintain flagmen for the protection of 
the general public during the moving operations. 


The Engineer reported that on April 28, 1939, he awarded to Leonard 
& Slate the contract covering the grading, surfacing, and oiling of the 
Charleston-Sunset Bay Section of Cape Arago Secondary Highway, ju Coos County, 
in accordance with authority previously granted him by the Commission, the bid 
of Leonard & Slate being the low one received for such project on April 7, and 
the conditions cf the award having been satisfied. The Commission approved 
the award of this contract by unanimous vote. 


The Engineer discussed with the Commission correspondence pertaining 
to the claim of K. W. Kite in the amount of $128.95, representing the amount 
that he alleges is due him from the state by reason of improper classification 
of the work that he wes required to do. The Engineer advised that Mr. Kite's 
duties were to grease, service, and maintain trucks of the maintenance crew 
operatiz.g in the Seaside district and that he was paid the regular wage for 
the performance of such work, which is less than the rate of a truck driver} 
further, that Mr. Kite alleges erroneously that such work is the regular as- 
signment of truck drivers and, in view thereof, that he should receive truck 
driver's pay. He added that the greasing of trucks is classified as common 
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State Highway Commission, all members being present and affirmatively 
voting and participating, as follows: 


That the following named section of city street in the 
City of Bend in Deschutes County be and the said route is hereby se- 
lected, designated, established, adopted and approved as a second- 
ary state highway and shall be and is hereby designated as a part 
of the secondary state highway system, to wit: 


Beginning at the intersection of Broadway, Franklin 
Avenue, and Riverside Boulevard in the City of Bend; 
thence in a southwesterly direction along Riverside Bou- 
levard to the intersection of Tumalo Avenue and River- 
side Boulevard, a distance of approximately 0.5 mile. 


That said route shall be, and is hereby qualified for im- 
provement under the provisions of said Chapter 248, Oregon Laws 
1931, and Chapter 196, Oregon Laws 1935, and amendments thereof; 


That the Engineer be, and he hereby is authorized to make 
proper surveys with respect to the physical location upon the ground 
of the said route and properly file in the records of the Commission 
all of said data; 


That this resolution be entered in the minutes of the Com- 
mission and a duly certified copy thereof mailed to the County Court 
of Deschutes County. 


The Engineer reported on investigations that have been made to as- 
certain what is necessary to improve conditions on the Pacific Highway West 
at a place known as Six Corners, near Sherwood, where & traffic hazard now 
exists on account of the number of roads that enter the highway at this 
place. He advised that many pedestrians cross the highway at this point, and 
during the year 1938 five accidents occurred at this intersection. The prop- 
er solution of this condition, he said, is a re-design of the intersection, 
which would be quite costly and would involve the expenditure of considerably 
more money than can be spared at the present time. He recommended, therefore, 
as a temporary measure, the installation of a six-way flashing beacon over 
the intersection and that the cost of operating the same be assumed by the 
state, inasmuch as the beacon is outside of the corporate limits of any city 
or tawn. He estimated the cost of the installation at $200. The Commission 
approved the recommendation unanimously. 


A letter was presented from the City of Newport requesting the 
installation of flasher-type signals over the Oregon Coast Highway at its 
junction with the Corvallis-Newport Highway and at the Spruce Street intere 
section where the Oregon Coast Highway enters Newport from the north. The 
Engineer advised that investigation reveals that there is insufficient traffic 
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shall, under the provisions of the laws of Oregon, become a city 
street, and the construction, repair, maintenance, or improvement, 
and the jurisdiction thereof, shall be exclusively under the city. 
authorities of Bend. 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission, all members being present and affirma- 
tively voting and participating, as follows: 


1. That the following described section of the Century 
Drive Secondary Highway No. 372 is hereby eliminated from the sec- 
ondary state highway system, to wit: 


Beginning at the intersection of Broadway and Frank- 
lin Avenue and Riverside Boulevard in the City of Bend; 
thence via Broadway and Tumalo Avenue to the intersection 
of Tumalo Avenue and Riverside Boulevard, a distance of 


approximately 0.5 mile. 


2. That the said above described section shall be and is 
hereby declared to be eliminated and removed from the secondary sys- 
tem of highways, and, from and after the adoption of this resolu- 
tion, shall become a city street, and the construction, repair, main- 
tenance, or improvement, and the jurisdiction thereof, shall be ex- 
clusively under the city authorities of the City of Bend, as pro- 
vided by law. 


3. That this resolution be entered in the minutes of the 
Commission and a duly certified copy thereof mailed to the County 
Court of Deschutes County and to the City Recorder of the City of 
Bend. 


WHEREAS, under the provisions of Chapter 248, Laws of 
1931, and Chapter 196, Laws of 1935, the State Highway Commission, 
by mutual agreement with the respective county courts of the sever- 
al counties of the State, is authorized and empowered to select, 
locate and designate a system of secondary state highways, which 
highways shall be selected from the market roads or other county 
roads, or available locations or routes of the several counties; and 


WHEREAS, the State Highway Commission, by mutual agree- 
ment with the County Court of Deschutes County, has selected the 
route hereinafter named, and it is the purpose of the Commission to 
officially and regularly designate and adopt said route as a sec- 
tion of highway to constitute, together with other highways which 
have heretofore been added and which may hereafter from time to 
time be added, a part of the system of secondary state highways of 
Deschutes County, under the provisions of said Acts; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 


Petition from property owners south of Monroe for the oiling 
of the Territorial Secondary Highway from Monroe to the Lane-Douglas 
County Line. 


Request from Board of County Commissioners of Multnomah County 
for improvement of county road at intersection of N. E. 45th Avenue 
and Holman Street, Portland. 


The Commission deferred action on these requests but instructed the Engineer 
to render a report on them at the next meeting. 


The Attorney brought up for discussion matters pertaining to the 
Water Street project in Oregon City. He advised that the Supreme Court has 
rendered an adverse opinion with respect to the ownership of the street ends 
that are involved in this project, and requested instructions as to whether 
he should ask for a re~hearing of the matter or should institute condemnation 
proceedings to acquire such street ends on the basis of the Commission's 
original offer of $20,000, which involves also the claim of the Surety and In- 
vestment Company with respect to moorage rights in the Willamette River at 
this location. After discussion the Commission instructed the Attorney to 
proceed with condemnation immediately and to delete entirely from the proceed- 
ings any reference whatsoever to the moorege rights. 


« 


The Attorney also brought up for discussion the request of the U.S. 
War Department for a permit authorizing the movement over state highways of 
oversize trucks designed particularly for the salvaging of wrecked airplanes. 
He read aloud a draft of a resolution with respect to the granting of such 
permit to the War Department under certain conditions. The Commission tenta- 
tively approved such resolution, deferring final action on the same until a 
future meeting. 


The Attorney also presented a draft of a resolution prepared to out- 
line the responsibility of the State Highway Engineer and the Attorney with 
respect to future right of way purchases, in view of the new Highway Code 
adopted by the 1939 Legislature, which goes into effect on June 15, 1939. Ac- 
tion on this matter was deferred by the Commission until a future meeting. 


The Commission considered and signed agreements, et cetera, a5 fol- ; 
lows: Ps 


Agreement with E. H. Itschner disposing of his claim for extra 
compensation arising out of construction of Baker-Flagstaff Hill 
Section of the Baker-Homestead Highway. 


Agreement with Multnomah County providing for county mainten- 
ance of the Troutdale-Sandy County Road upon construction of same 
by the state as a federal aid secondary highway project. 


Agreement with the U. 5S. Soil Conservation Service relative 
to the conducting of demonstrations of methods of erosion control 


along highways. 
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entering the highway from Spruce Street to warrant the installation of a flash- 
ing beacon at such location and he recommended that the request for the light 
at this point be denied. However, he recommended approval of the request for 
a light at the Corvallis-Newport Highway intersection inasmuch as a large vol- 
ume of traffic enters the Coast Highway at this point and a real hazard exists, 
The Commission approved the recommendation unanimously, subject to the condi- 
tion that the City of Newport will pay the costs of operation. 


A letter was presented from County Judge W. R. Cook, of Jefferson 
County, in regard to additional construction work on the Warm Springs Highway 
north of Warm Springs Agency. The Engineer advised that the Commission has 
$25,000 of Federal Lands Fumds budgeted for grading work on this road this 
year in the vicinity of He lie Butte, but the County Court and the people of 
this district are particularly anxious for the construction of a new bridge 
over the Warm Springs River in connection therewith. He estimated that such 
pence Pap ee ge and recommended an additional allocation of 
8 such amount to finance it. The Commission a he 
mendation by unanimous vote. wccatiasieiac: 


The Secretary presented requests as follows for highway constructim 
projects: 


Request of J. D. Perry for oiling portions of Columbia River 
Highway at Deer Island. 


Request for oiling John Day Highway between Service Creek Sta- 
tion and Shelton Park. 


- Petition from residents of Sisters, Oregon, for oiling of Main 
Street in that town full width through the business district. 


Request of Cecil Armitage for grading of the Scholls-Campbells 
Bridge Section of Secondary Highway No. 219 on proposed new align- 
ment. 


Request of Baker County Chamber of Commerce for completion of 
oiling on Beker-Halfway Highway and improvements to Baker-Medical 
Springs Highway and Baker-Unity Highway. 


Letter from Astoria Chamber of Commerce renewing request for 
construction of Elsie-Fish Hawk Falls cutoff. 


Letter from Mrs. Ella Westenhouse, Scio, requesting the oiling 
of the reconstructed section of the secondary highway east of Scio. 


Request of H. A. Utley, Lakeview, to Governor Sprague, urging 
additional oiling work on the Klamath Falls-Lakeview Highway. 


Request of Pendleton Park Commission for landscaping of 13- 
acre tract at junction of Old Oregon Trail with Oregon-Washington 
Highway, East Pendleton. 
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Portland, Oregon, June 5, 1939 pie 


The State Highway Commission met in regular session at 8:00 o'clock 
ps m. in the Rose Room of the Benson Hotel. Present were: 


Henry F. Cabell, Chairman 4 
E. B. Aldrich, Commissioner 

Huron W. Clough, Commissioner 

R. H. Baldock, State Highway Engineer 

J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


The Attorney brought up for discussion matters pertaining to the 
controversy with the Security & Investment Company of Oregon City relative to 
the acquisition of certain street ends in Oregon City that are needed as right 
of way for the Pacific Highway East in this town. He advised that he renewed 
his offer to pay $20,000 for this property but it was refused, although the 
company stated a willingness to accept the sum of $40,000 for the same. The 
Commission considered such amount far in excess of the real value of the prop- 
erty and thereupon refused the offer and ordered that the property be acquired 
by condemnation, as previously authorized. 


The Attorney reported receipt of a letter from Orris Knapp, Port Or- 
ford, in regard to the relocation of the Oregon Coast Highway at this place. 
It appears that Mr. Knapp has plans to subdivide some of his property and 
wants the plat to conform to the proposed highway revision, which will re- % 
quire some of his lend for right of way, and that he is willing to sell the be 
right of way at this time at $40 per acre if the state wants it; otherwise, gee 
will proceed with the subdividing of the property without any regard whatso- a 
ever to the proposed highway improvement. The Commission authorized the At- ee 
torney to negotiate for the acquisition of right of way across that part of ma 
Mr. Knapp's property that is affected by the proposed subdivision, the thought ee 
being that the Commission would purchase such portion now, in the event it is 
not too costly.  « 


The Engineer requested authority to acquire certain parcels of real 
property that are needed for various improvements throughout the state. He 
submitted a list of such properties together with prices that he recommend- 
ed be paid for each. After careful study, the Commission approved the re- 
quest and by unanimous vote adopted the following resolution in regard thereto: 


4 

: 

WHEREAS, in connection with the further improvement of the f: 

highways hereinafter designated, it is and has been necessary to ac- ma! 

quire property for right of way, quarry sites, gravel or other ma~ 2 

terial sites, or sites for the storage of materials, as hereinafter 4 
more definitely set forth; and 


WHEREAS, as a result of negotiations carried on with the 
owners of the property acquired, options have been obtained, which a 
options have been considered by the Commission, outlining the bases 
of settlement which have been agreed upon; and 


Agreement with Oregon Trunk Railway Company pertaining to the 
proposed Third Street Undercrossing in Bend. 


ts with N. P. Grant and Robert Fromm providing for the 
pasturing of sheep in Humbug Mountain State Park, Curry County. 


Agreement with Consolidated Timber Company providing for un- 
dercrossings of their railroad on the Wilson River Highway, in Wash- 


ington County. 


Flowage easement granting to the United States of America cer~ 
tain rights to state-owned property adjacent to the Upper Columbia | 
River Highway at Warren Creek. 


Bargain and Sale Deed conveying unto the State Forestry Depart- 
ment 1.8 acres of land adjacent to Salmon River Highway, Tillamook 
County. 


Bargain and Sale Deed conveying unto Florence N. Van Lydegraf 
and Faith Van Lydegraf Lots 2,3,4,5, & 6 of West Bunker Hill Addi- 
tion to Marshfield, Coos County. Right of Way Transaction No. 5101. 


Quitclaim Deed conveying unto Thomas Purdy property situate in 
Govt. Lot 2 of Section 22, T. 15 S., R. 12 W., W.M., adjacent to 
the Oregon Coast Highway, in Lane County. R/W Transaction No. 6574. 


Bargain and Sale Deed conveying unto Henry Rees and Max Schlag 
and wife property situate in Lots 8,9,10,& 11, Block 7, Bunker Hill 
Addition to Marshfield, Coos County. R/W Transaction No. 4775. 


Bargain and Sale Deed conveying unto R. A. Schofield and R. W. 
Knoefel property situate in Lots 6 & 7 of Block 4, Oregon City, be- 
ing R/W transaction No. 3053. 


Joint letter with W. H. Lynch, District Ingineer, Bureau of 
Public Roads, providing for the contracting of all remaining work 
on the I.0.N. Highway in the fall of 1939. 


The Commission considered dates for its next regular meetings and de- 
cided to hold such meetings in Portland on Tuesday, June 6, and on Thursday, 
June 22, 1939. The Engineer was instructed to advertise projects for bids to 
be received on those days. The Secretary was instructed to make the usual ar~- 
rangements to hold the meetings in the Auditorium of the Public Service Building. 


There being no further business to come before the Commission at this 
time, the meeting was adjourned at 5:30 o'clock p. m. 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


0.65 a. at $100 per a. 
0.50 a. at $10 per a., + 
$91.50 + moving fence Wells 


$100 per a. + $42.75 Wells 


$675 Lump Sum Devers 


ehaiem 5p K pe 2) egon ast Highway 

6744-White, M. L. R/W & $32.21 per a. Parker : 
Silver Creek Falls Park - Silver Creek Falls Highway ng 

17-Cunningham, J. H. Park For release and cancellation Z 

of two 5-yr. leases, $500 Devers < 

Selem-12th Strest Junction - Pacific Hehuey met a 

5785-Gibson, Duane 43560 sq.ft. 4¢ sq.ft. + 94,257.60 % 
. McCallister o 

aq 5 ve Sectio p I ni chnwe bs 


$500 Lump Sum for land, 
+ $15 (Est. cost of ad- 
vertising sale of prop- 
erty by guardian) McCallister 


Third Street Unde ea 
6446-Bend, City of Benson 3 
6811-Bend, City of Slope Easement 

14%, sq.ft. Gratis n 


epgon Highway 

Additional authorization 
for moving fence $63.50 
DeSouza 


nt-—Bridal Veil Section Oiun River highway 
scher, Fritz R $105.45+ per a. + $309 
less credit by property 
to be deeded, amounting 
to $1415.55 Parker 


The Commission also discussed matters pertaining to the acquisition 
of right of way needed for the proposed revision of the Pacific Highway West 
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WHEREAS, it is the judgment of the Commission that the 
said options should be approved and accepted, and/or the said re- 
ports be declared acceptable to the State Highway Commission as. ba- 
ses of settlement for the properties involved, and that the acqui- 
sition of the properties should be completed; 


NOW, THEREFORE, BE IT RESOLVED that the several offers, 

or bases of settlement hereinafter enumerated be, and the same here- 
by are, approved and accepted, and thet the Attorney for the State 
Highway Commission be, and he hereby is instructed to complete the 
acquisition of the said properties and to take title thereto in the 
name of the State of Oregon. The said properties hereby ordered and 
authorized to be acquired are as follows: 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


di - Nehalem a 
4-Larson, F. A. Stock Pile 1.05 $150 per a. McChesney 


SPOn VOe 


4192-Frencis, H. T. 5 1306 sq.ft. $75 Lump Sun McCallister 
5815-Schroeder, John " 3500 sq.ft. 10f sq.ft. plus $25 " 


5877~-Albany, City of 3 1.141 $500 Lump Sum Gardiner 


1%5 sq.ft. 5é sq.ft. 

13548 sq.ft. sq.ft. + $365.50 " 

86822 sq.ft. sq.ft. + $961.23 " 

17157 sq.ft. 3 sq.ft. at 6f sq.ft. 
1,95 sq.ft. at 4f sq.ft. 


plus 5 
979 sq.ft. at 5¢ sq.ft " 


= 

bel 

. 
s3232 


- 63-Curry, N. Est. Rn 114 sq.ft. 254 sq.ft. + $139.25 

+ moving bldgs. (est. 

at $1440) Benson 
6768-Pendo, A.G. " 3.674 $150 per a. + $298.90 ® 


Service Creek-Burton Canyon Section — Joba Tay HAEheSy 
6749-Kelsey, L. C. 1.47 0.31 a at $100 per a. 


1.16 a at $10 per a., 
us $102.50 Wells 
(Continued on next page) plus $102.5 
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Josephine County. He explained that Mr. Patterson has advised that he contem- 
plates subdividing his property and that, in his estimation, it would be bet- 
ter for the Commission to deal with only one owner. In view of the circum- 

stances, the Commission authorized the Attorney to negotiate for an option for 


this property. 


The Attorney requested instructions relative to the settlement with 
the Free Methodist Church of Albany for right of way that is needed for the 
revision of the Pacific Highway East in Albany. This matter was discussed at 
some length, during which the Attorney recalled the alternate propositions for 
the solution of this problem as presented to the Commission at a previous meet- 
ing when the Reverend R. J. Milton was present. The Commission instructed the 
Attorney to negotiate further with the church officials in an endeavor to 
settle the matter on the basis of his alternative, which involves an expendi- 
ture of $1,341 for the moving of the church and parsonage to a new location 
nearby. 


The Commission discussed the controversy with Mr. Henry Eggers, Cor- 
vallis, relative to the construction of 4 private roadway approach to the Pa- 
cific Highway West, south of Corvallis. It appears that Mr. Eggers’ private 
roadway enters the highway at a point where it is necessary to maintain either 
a culvert or small bridge across the highway ditch, and in replacing an old 
timber structure at such crossing Mr. Eggers simply rebuilt it of similar ma- 
terial, which is contrary to the Commission's requirements that such facili- 
ties be constructed of permanent materials such as steel or concrete. It also 
appears that Mr. Eggers has refused to comply with such requirements, which 
contemplate the installation of an 18-inch culvert pipe either of concrete or 
of metal, and insists on building a timber drainage facility, which is less 
costly. The Engineer advised that the Commission, a long time ago, ordered 
that al). such drainage facilities should be of permanent construction and that 
such order has been followed throughout the state whenever new facilities have 
been installed, although there are some places where no replacements have as 
yet been made, which is probably true in the instant case. He gave as his 
thought that the Commission should not deviate from this policy and should re- 
quire Mr. Eggers to install a permanent type of drainage facility, and he so 
recommended. The Commission concurred in the Ingineer's viewpoint and there- 
upon instructed the Attorney to contact Mr. Eggers and explain to him the Com- 
mission's requirements, in an endeavor to secure his compliance therewith, 
which would obviate the necessity for the Commission to change its policy with 
respect to such matters. The Attorney was instructed to report the results of 
his conference at the next meeting. 


In this connection the Engineer mentioned that logging operators fre- 
quently construct logging road approaches to state highways at pleces where 
the sight distance is short, thus creating a serious hazard to highway traffic. 
Furthermore, trucks operating over such logging roads carry onto the highway 
from the woods considerable mud and muck, which causes a slippery condition 
that is dangerous to travel. He gave as his thought that such approach roads 
should not be constructed wntil the State Highway Department has approved the 
location of the same, and that the operators of the trucks should be required 
to clean the wheels of their equipment before entering the highway, which would 
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through the town of Tigard. It was decided to defer approval of the prices 
contained in the options pending personal inspection of the properties by 
Chairman Cabell. 


The Attorney also brought up for reconsideration the proposed set- 
tlement for right of way needed for the Wolf Creek Highway across property 
owned by H. E. McGraw, in Washington County. He advised that the Commission 
previously authorized offering Mr. McGraw $3,500 for his property and, if he 
refused, acquiring the property by condemmation. He gave as his thought that, 
after having carried on, further negotiations, Mr. McGraw would settle with the 
state for $4,000, which is $2,000 less than his original demand and is only 

more than the appraised value of the property. He requested authority 
to make such offer. The Commission approved the request. 


The Attorney also reported the results of an investigation with re- 
spect to the renting of state-owned residence buildings in Pendleton. He ad- 
vised that the G. F. Hodges Agency has offered to handle this business at the 
customary rate, which is $1.00 per month plus 5 per cent of the monthly rent- 
als, which would amount to $3.62 per month for each house, based on the rent 
that the Commission is now charging. The Commission deferred a decision on 
whether to continue to rent the houses or to sell them until it has hed an 
opportunity to inspect then, which it is thought will be some time this summer. 


The Attorney requested instructions whether an allowance should be 
made to Mr. L. M. Erickson to cover taxes in the amount of $25 that have ac- 
crued during the past two years against some of Mr. Erickson's property that 
the state needs for right of way for the West Portland-Hubbard Secondary High- 
way. He said that some two years ago an option was eecured from Mr. Erickson 
who agreed to accept $800 for this property. However, before the deal was 
consummated, the Commission ordered the negotiations discontinued, which 
places Mr. Erickson in an undesirable position with respect to the use of his 
property. In the meantime, taxes in the amount of $25 have accumulated. Mr. 
Erickson feels, he said, that he should be reimbursed for this expense in view 
of the fact that he was not responsible for the deal not having been closed, 
although, if the Commission decides against him, he will accept the amount 
originally agreed upon. The Attorney recommended payment of {25. The Commis- 
sion approved the same with the understanding that it be considered as in- 
creased value of the property and not as payment of taxes. 


The Attorney reported receipt of an offer of $15 to purchase a state- 
owned building adjacent to the Corvallis-Newport Highway just east of Toledo. 
He recalled that the Commission previously ordered this building advertised 
for sale in the local newspaper and a "For Sale" sign posted on the property 
so that all interested might submit a bid for the same. Such procedure, he 
said, has been followed for the past six weeks but only the one offer has been 
received, being that of Roy E. Benson for $15. He recommended acceptance of 
the same. The Commission approved the reeommendation unanimously. 


The Attorney requested instructions relative to the acquisition of 


right of way across the property of Mr. F. B. Patterson, which property is 
needed for a revision of the Pacific Highway just south of Grants Pass, in 
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eliminate to a large extent the cause of the slippery condition. After dis- 
cussion the Commission instructed the Secretary to ask the Public Utilities 
Commissioner to hereafter include in log-hauling permits issued from his of- 
fice provision for inspection of all proposed logging-road approaches before 
they are actually constructed, and for the cleaning of the wheels of logging 
trucks before they enter upon state highway rights of way. 


The Engineer brought up for discussion matters pertaining to the 
Wolf Creek Highway W.P.A. project. He advised that, according to information 
received from the W.P.A. officials, it will be necessary to close down this 
work because of lack of W.P.A. funds with which to finance the non-labor 
items unless the state will advance state funds for such purpose; in fact, 
the operation of some of the equipment has already been discontinued because 
there are no W.P.A. funds available with which to purchase gasoline to oper- 
ate them. The Engineer estimated that it would take about $12,000 of state 
funds to finance certain rock production operations that must be com- 
pleted by July 1, 1939, if this highway is to be opened for general public 
use at that time. The Commission decided tentatively, after considerable 
discussion, to advance state funds to carry ou this work until July 1, but 
deferred a definite decision in regard thereto pending consultation with 
W.P.A. officials on the following day. (See additional entry in the follow- 


ing day's record.) 


The State Parks Superintendent, Mr. S. H. Boardman, and Division En- 
gineer F. D. Eason were present and reported on investigations made by them 
of desirable recreational sites along the Wolf Creek Highway between Sunset 
Camp and Elsie. They stated that they selected nine sites which, in their es- 
timation, should be acquired by the state, and that surveys of all of these 
sites have been made. They exhibited a map showing the location of such sites 
with reference to the highway. After discussion, the Commission approved such 
sites and instructed the Attorney to proceed immediately with the securing of 
So for them. He is to report his findings to the Commission on June 22, 


Consideration was given by the Commission to the selection of proj- 
ects for. the fiscal year 1940 funds. The Mngineer presented a list of proj- 
ects that are eligible for such funds and advised that such list is based 
upon the Commission's securing additional P.W.A. funds to finance other im- 
portant highway projects. He said that if the P.W.A. funds do not material~ 
ize, then it would be necessary to revise this list. After considerable dis- 
cussion and careful study, the Commission selected the following projects for 
such program, it being strictly understood that the selection is tentative 
only; nowever, the Commission by unanimous vote authorized the Engineer to 
work up plans for all of them: 
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Estimated 
DIVISIONS NOS. 1 & 2 
Multnomah Columbia R. ‘Troutdale-Dodson; Grading : $ 260,000* 
Multnomah Portland (Project to be selected) 


Tiliamook Oregon Coast Arch Cape Section; Tunnel Linings, Pav- 
ing and Portals 

Tillamook Oregon Coast Neahkahnie Mountain; Grading, Topping, 
Bridge and Walls 

Columbia & Columbia R. Warren-Scappoose; or Multnomah County 


Clatsop Line-Scanpoose; Grading and Paving 
Tillamook & 
Washington Wolf Creek Nehalem River~Sunset Camp; Oiling 
Linn Santiam Foster-Cascadia; Grad., Surf., & Oil., 
or New Section; Surf. & Light Oil. 
Linn Pacific, E. Albany, Unit No. 4; Grading & Paving 
Marion Pacific, E. Illahee-South; Grading & Paving 


Multnomah Pacific, W. Denver Avenue; Paving 
Washington Pacific, W. Tigard; Grading & Paving 
Roadside Improvement 


Planning Survey —__19,.700 
Total, Divisions Nos. 1 & 2 $1,182,300 
DIVISION NO. 

Lane Pacific Cottage Grove (S.Unit); Grad. & Pav. $ 
Josephine Pacific Grants Pass-Green Creek; Grad. & Pav. 
Jackson Pacific Siskiyou Summit-Calif. Line; Surf. & Oil. 
Jackson Pacific Siskiyou Station-South; Grading 
Lane Willamette Salt Creek Falls-Summit; Grad., Surf., Oil. 
Douglas Umpqua Reedsport; Paving 
Coos Oregon Coest Bunker Hill-Marshfield; Bridge & Paving 

Roadside Improvement 

Planning Survey 

Total, Division No. 3 $ 811,400 
DIVISION NO. 4 

Klamath Dalles-Calif.Agency-Modoc Point; Surf. and Oil. $ 
Klamath Willamette Summit-Odell Lake; Surf. and Oil. 
Deschutes 
& Klamath Fremont Lapine-Forest Boundary; Surf. and Oil. 
Lake Fremont Horse Ranch; Grad., Surf. and Oil. 
Harney Central Ore. Sage Hen Hill; Surfacing 
Crook Ochoco Prineville; Grad. and Pav. 


(Continued on next page) 
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(1940 Program - Federal Secondary Projects on State Highways continued) 
Estimated 


Wasco-Heppner 
Kimberly~-Monument 


Frenchglen 
Catherine Creek Bridge 


Shaniko~Fossil 
Planning Survey 


Grad., Surf., & Oil. 
Ft. Stevens Road Grad. & Pav. 
(Project to be selected) 
Planning Survey 


Total, Divisions Nos. 1 & 2 
DIVISION NO. 2 
Grad., Surf., & Oil. 
Total, Division No. 3 


DIVISION NO. 4 


Butler Market Road Grad., Surf., & Oil. 
Wasco-Fulton Canyon Grad. & Surf. 
Planning Survey 


Total, Division No. 4 


DIVISION NO. 5 


Enterprise-Joseph Grad., Surf., Oil. 
Planning Survey 
Total, Division No. 5 
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(1940 Regular Federal Aid Program continued) 


County Highway Section and Kind of Work 
Wasco Sherman Shaniko-Cow Canyon (E.Unit); Gred., 
Surf., and Oil. $ 
Roadside Improvement 
Planning Survey 
Total, Division No. 4 $ 350, 
DIVISION NO. 5 
Gilliam Columbia R. Gilmore-West; Grad., Surf. and Oil. & 
Umatilla Oregon-Wash. Pendleton-Adams; Grading 
Malheur John Day John Day~Prairie City; Grad., Surf., Oil 
Wheeler Jom Day Service Creek-Mule Shoe Creek; Bridge, 


Grad., Surf., Oil. 
Harney & Central Ore. Stinkingwater Cr.-Juntura; Surf. & Oil 


Roadside Improvement 
Planning Survey 
Total, Division No. 5 $ 555, 


# On approved Federal Aid Program 
ec Under contract 


- FEDERAL PROJECTS ON TE Hiv. 
Estimated 
County Project Kind of Work Cost 
DIVISIONS NOS. 2 & 2 
Columbia Clatskanie-ilist Surfacing end Oiling $ 30,000 
Marion Woodburn-Molalla Grad., Surf., & Oil. 20,000 
Washington Campbells Bridge-laurel Road Grad., Surf., & Oil 25,000 | 
Planning Survey —— A400 | 
Total, Divisions Nos. 1 &2 $ 76,400 
DIVISION No. 3 
Jackson Little Butte Grad., Surf., & Oil $ 20,000 
Planning Survey —_—522 
Total, Division No. 3 $ 20,500 
DIVISION NO. 4 
Crook Warm Springs Grad. & Surf. $ 20,000 
Jefferson warm Springs Grad. & Surf. 20,000 
Planning Survey — 
Total, Division No. 4 § 40,500 
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Sunset Logging Undercrossing 
Sheep Creek Bridge Bridge 
Elsie-Balm Grove Oiling 
Total, Divisions 1 &2 
DIVISION NO. 4 
Deschutes Oiling Project Oiling 
Total, Division No. 4 
DIVISION NO. 5 
Flat Creek-John Day Oiling 


Butte Creek and Mt. Vernon Oiling 
Total, Division No. 5 


1939 STATE PROJECTS ON SECONDARY HIGHWAYS 
DIVISIONS 1. & 2 
Yach Bridge-Small Creek Grading 
Willamette Valley Oiling Project Oiling 
Total, Divisions 1 & 2 


VISION e 
Eastside-Enegren Ferry Oiling 
Total, Division No. 3 
DIVISION NO. 5 
Weston-Forest Boundary Oiling 
Total, Division No. 5 $14,000 


¢ ~ Under contract 


ge ene ME gem Recgenesreet “raat 


1940-194) GRADE SEPARATION PROGRAM 
Estimated 
DIVISIONS NOS. 1 & 2 
Pacific, West Sou. Pac. & Tigard (50% Southern Pacific) $ 147,000 
Oregon Elect. (50% Oregon Electric) 
Cascade Sec. Sou. Pac. Clackamas 147,000 
Wolf Creek Sou. Pac. Strassel 34,000 
Wolf Creek Sou. Pac. & Davies (50% Southern Pacific 73,000 
United Rys. 50% United Railways) 
Crossing Signals 25,000 
Planning Survey 
Total, Divisions Nos. 1 & 2 $ 430,200 
DIVISION NO. 3 
Crossing Signals $ 10,000 
Planning Survey 1,600 
Total, Division No. 3 $ 11,600 
DIVISION NO. 4 
Crossing Signals $ 15,000 
Planning Survey hs 300 
Total, Division No. 4 $ 16,300 
DIVISION NO. 5 
Old Ore. Trail Union Pac. Nyssa $ 200,000 
Crossing Signals 10,000 
Planning Survey 1,900 | 
Total, Division No. 5 $ 211,900 


Malheur I. 0. N. Owyhee River-Tudor Ranch, Grad. & Top. $ 135,000 
Total, Division No. 5 $ 135,000 


(Tentative Program - 1940 PWA Projects, continued) : 
County Highway Section and Kind of Work Amount 
D ION NO. 
Baker Baker-Homestead Dry Gulch; resurf. & Oil. $ 30,000 
Grant John Day Grant Co. Line-Patrol Station; Grad., 
Surf., Oil. 60,000 
Grant John Day Service Creek-Burton Canyon; Oiling 5,000 
Grant John Day Spray~Branson Creek; Oiling 12,000 
Grant John Day Goose Rock; Bridge, Grad., Surf., Oil. 50,000 
Grant Pendleton Mt. Vernon-Forest Boundary, Oiling & 
John Day Maint M. 23,000 
Morrow Wasco-Heppner West Unit, Rhea Creek-Heppner; Grad., : 
Surf., Oil. 65,000 ee 
Umatilla Weston-Elgin Weston-Forest Boundary; Oiling 10,000 a 
Umatilla Hermiston Sec. Umatilla River Bridge 40,000 4 
Umatilla Oregon-Wash. Milton; Paving 25,000 
Umatilla Oregon-Wash. Pilot Rock; Grad., Surf., Oil. & Bridge 25,000 - F 
Wallowa Enterprise- e 
Lewiston Enterprise-North; Surf. % Oil. 70,000 “a 
Special Maintenance Projects 14,000 : : 
Total, Division No. 5 $551,000 ts 


Tne Commission adjourned at midnight, to reconvene on the following 
morning in the Public Service Building. 


Portland, Oregon, June 6, 1939 


The State Highway Commission met in regular session at 9:00 o'clock re 
A. M. in the Auditorium of the Public Service Building, Portland, Oregon. : 
Present were: fer 


Henry F. Cabell, Chairman 
E. B. Aldrich, Commissioner oe 
Huron W. Clough, Commissioner n. 


R. H. Baldock, State Highway Engineer : 4 
J . M. Devers , Attorney a § 
H. B. Glaisyer, Secretary i 
Bids as follows for highway construction projects and for the pur- Be 
chase of buildings were opened and read in conformance with previously pub- . ae 
lished notice, following which Chairman Cabell announced that the award of con- Pik « 
tracts and the sale of buildings would be made at 2:00 o'clock p. m. in the .  s 
same room: | 
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Pacific, West 
Portland. 


County Highway Section and Kind of Work 


DIVISIONS 1 & 2 


Corvallis; Pavement Resurfacing $ 30,000 


West 

Hubberd West Portland-Cook O'Xing; Grad.& Pav. 200, 000 
Oregon Coast Astoria; Grading and Paving 40,000 
Oregon Coast Black Bridge 25,000 
Columbia River Rainier 40,000 
Oregon Coast Depoe Bay Bridge 75 ,000 
Eddyville- 

Blodgett Nashville Rridge, Yaquina Bridge 35,000 
Corvallis- 

Eastside Corvallis Bridge 20,000 
N.E.Portland Lombard-Killingsworth, Paving 110,000 
Wilson River Devils Fork Bridge 115,000 
Three Mile Lane McMinnville Bridge 190,000 

Special Maintenance Projects 75900 

Total, Divisions 1 & 2 $955,000 

DIVISION NO. 3 

Pacific North Dillard Bridge $125,000 
Oregon Coast Brookings, Grad. & Surf. ‘70,000 
Special Maintenance Projects _7%,000 

Total, Division No. 3 $271,000 

D ION NO. 

Central Oregon Brothers-Harney County Line; 0il & 

Maint. M. $ 35,000 

Warm Springs Warm Springs Agency; Surf. & Oil. 45,000 
Fremont Silver Lake-Chalk Cliff; Oiling 25,000 
Klamath Falls- Lakeview-Forest Boundary; Grad., 

Lakeview Surf., Oil. and Bridge 110,000 
Klamath Falls- 

Lakeview Dairy; Grad., Surf., & Oil 20,000 
Dalles—Calif. Lost River; Bridge, Grad., Surf., Oil. 45,000 

Special Maintenance Projects 135,000 
Total, Division No. 4 $415,000 
DIVISION NO. 5 
Baker-Unity Baker-Gibbs Ranch; Surf. ,0il.,Maint.M. $12,000 


Medical Springs 


r 
(Continued on next page) 


Missouri Flat; Oiling 10, 


OF BU GS 


BUILDHNG NO. 5846 
(Former Owner Norbert Aya) 


Bert Picha $71.00 
BUILDING NO. 4959 
(Former Owner City of Albany) 
Ralph Orton 76.00 
Frank Hoffman 51.00 


The Commission had under consideration the needs and requirements of 
the revolving fund provided for under Chapter 529, Oregon Laws, 1939, and was 
of the opinion that the said revolving fund should consist of the full sum of 
$200,000, as provided in said act, and should be maintained for the purposes 
of and pursuant to the conditions and requirements of seid act. Thereupon, 
Commissioner Aldrich offered the following resolution and moved its adoption: 


WHEREAS, heretofore, under the provisions of Section 44-146, 
Oregon Code 1930, the Secretary of State, upon the order of the High- 
way Commission, drew a warrant on the state highway fund in favor of 
the State Highway Engineer in the sum of $75,000, which said sum was 
designated as an emergency or revolving fund to be maintained for the 
use of the State Highway Engineer for the purposes provided in said 
section; 


WHEREAS, thereafter the said Section 44-146, Oregon Code 
1930, was amended by Chapter 87, Oregon Laws, 1937, and pursuant to 
and under the authority of the said amendment the Secretary of State 
drew a warrant upon the state highway fund in favor of the State 
Highway Engineer in the additional sum of $75,000, which said addi- 
tional sum was devosited in the said revolving or emergency fund for 
the purposes authorized and provided by the said Section 44-146, Ore- 
gon Code 1930, and the amendment thereof by the said Chapter 87, Ore- 
gon Laws, 1937; and 


WHEREAS, Chapter 529, Oregon Laws, 1939, repeals the said 
Section 44-146, Oregon Code 1930, as amended by Chapter 87, Oregon 
Laws, 1937, and authorizes the issuance of a warrant by the Secretary 
of State on any fund belonging to the state highway fund in favor of 
the State Highway Engineer in the sum of $200,000, which said sum 
shall. be used by the said Engineer as an emergency or revolving fund 
for the uses and purposes stated in said act; and 


WHEREAS, in the opinion of this Commission the best inter- 
ests of the State will be promoted by making available to the State 
Highway Engineer as a revolving or emergency fund under the said act 
the sum of $200,000; 
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DIVISION NO. 1 OILING PROJECT ON THREE SECONDARY HIGHWAYS 
IN CLACKAMAS, WASHINGTON, AND YAMHI’L COUNTIES 


R. 0. Dail & Warren Bros., Inc. — gz 383-50 


J. Cc. Compton 21,907.00 i 
Warren Northwest, Inc. ---- 24,190.00 
Babler Bros. es 2 = 26,579.00 
Newport Construction Company 28,150.30 28, 232.50 


WOLF CREEK HIGHWAY 
ELSIE-BALM GROVE SECTION - OILING 


J. C. Compton $29,462.00 
R. 0. Dail & Warren Bros., Inc. 33,161.00 
Babler Bros. 33,276.00 
Warren Northwest, Inc. 34,614.00 
Newport Construction Company 36,911.00 
Diesel Oil Sales Company 41,216.00 


BEECH CREEK AND WESTON-ELGIN SECONDARY HIGHWAYS 
PENDLETON-JOHN DAY AND JOHN DAY PRIMARY HIGHWAYS 
MT. VERNON, WESTON, AND SERVICE CREEK OILING PROJECT 


Norris Bros. $31,758.00 
Newport Construction Company 32,351.00 
McNutt Bros. 33,639.00 
Babler Bros. 35,740.00 
Diesel Oil Sales Company 35,909.00 
J. Cc. Compton 37,268.50 
Warren Northwest, Inc. 39,060.00 


DIVISION NO. 2 OILING PROJECT ON THREE SECONDARY HIGHWAYS 
IN LINN, POLK, AND YAMHILL COUNTIES 


Using Road Oi. Using Tar 
J. C. Compton $10, 356.30 ---- 
Newport Construction Company 11,491.60 11,159.60 
Warren Northwest, Inc. ---- 15,390.00 
Babler Bros. bs Be 15,973.00 
R. oO. Dail & Warren Bros., Inc. 16,451.90 eA Se 


PACIFIC HIGHWAY 
CLEAN AND REPAINT STEEL ON BRIDGE OVER COLUMBIA RIVER 
BETWEEN PORTLAND, OREGON, AND VANCOUVER, WASHINGTON 


Pacific Bridge Painting Company $28, 875.00 
Odom Construction Company 29, 222.00 
A. H. Barbur & Son - 36, 750.00 
Contract & Sales Company 40,500.00 


McRae Bros. 42,500.00 
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In this connection the Secretary pointed out that according to the 
new law the State Highway Engineer is required to furnish a bond in the 
amount of $200,000 covering such revolving fund. He inquired as to the wish- 
es of the Commission with respect to the placing of this business. After dis— 
cussion the Commission decided unanimously to give the business to the com- 
panies that wrote Mr. Baldock's previous bonds, provided they are representa- 
tive of the companies that have expressed a desire for this business. 


The Attorney reported receipt of a communicetion filed by the County 
Judge and the District Attorney of Baker County relative to the case of the 
Sumpter Valley Railroad Company versus Baker County, et al, being the railroad 
company's claim for damages arising out of the wrecking of one of its trains, 
and expense incurred in clearing the railroad property of debris which it was 
alleged came from the highway onto the railroad track. 


It appears that the courts held that the county was liable because, 
when it procured the right of way for the highway, it obligated itself to keep 
the railroad company free from any damage or cost, or from anything that 
might result by reason of the construction of the highway, and that it is the 
contention of the county court that the stete should assume at least a por- 
tion of the expense because the highway was under the jurisdiction of the 
state at the time that the wreck occurred. According to the statement, the 
jury returned a verdict in the sum of $2,440, of which amount the county court 
thinks the state should pay $1,982.75. 


The Attorney advised that there is considerable merit in the county's 
position and that the Commission has legal authority to pay the claim if it 80 
desires. The Engineer gave as his thought that the state is morally obligated 
to pay at least a portion of the expense because the highway was under the 
jurisdiction of the state when the wreck occurred. After discussion, the Com- 
mission authorized the Attorney to discuss the matter with the County Court 
and endeavor to settle the matter on a 50-50 basis. 


The Commission had under discussion a letter from the Oregon State 
Game Commission advising that, owing to unsatisfactory water conditions at its 
Union Trout Hatchery, which is located about one mile from the town of Union, 
in Union County, it seems proper to discontinue the operation of this hatch- 
ery, and inquiring whether or not the State Highway Commission has any use for 
this property. The Engineer advised that inspection of the buildings reveals 
that some of them could be used to good advantage for maintenance headquarters 
although there are more buildings than the highway department would need for 
such purpose. He doubted that the property could be secured from the State 
Game Commission at a cost that would justify its purchase. However, he rec- 
ommended purchase of the property if it can be obtained at reasonable cost. 
The Commission referred this matter to the Attorney with instructions to “s- 
certain how much the State Game Commission wants for this property. 


The Engineer reported the need to construct a maintenance headquar- 
ters at Seneca, in southern Grant County. He advised that it is extremely dif- 
ficult to secure living accommodations at Seneca and that the timber company 
from whom the section foreman is now renting 4 house has given notice to vacate 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED as follows: 


1. ‘That the Secretary of State be and he hereby is re- 
spectfully requested to draw @ warrant on any fund belonging to 
the state highway fumd in the sum of $200,000, which said warrant 
is to be drawn in favor of the Highway Engineer and to be by hip 
derosited or kept in a fund to be known as a revolving or emergen- 
cy fund and to be used by the State Highway Commission and the 
State Highway Engineer for the purposes approved and authorized 
by Chapter 529, Oregon Laws, 1939. 


F 2. That this resolution shall not be effective and the 
said warrant for $200,000 shall not be issued until Chapter 529, 
Oregon Laws, 1939, goes into full force and effect. 


3. That coincident with the issuance of the said warrant 
for $200,000 and the deposit of the same by the State Highway Engi- 
neer for the uses and purposes designated by Chapter 529, Oregon 
Laws, 1939, the State Highway Engineer shall issue 4 check ‘or checks 
drawn upon the said revolving fund authorized by Section 44-146, 
Oregon Code 1930, as amended by Chapter 87, Oregon Laws, 1937, in 
the sum of $150,000 payable to the State Treasurer of the State of 
Oregon, which said sum shall be credited to the general state high- 
way fund of the State of Oregon and which said credit shall operate 
as a cancellation of the transfers aggregating $150,000 previously 
meade from the state highway fund to the said revolving or emergency 
fund under the terms of the said Section 4é-146, Oregon Code 1930, 
as amended by Chapter 87, Oregon Laws, 1937, and that thereafter 
the said account shall be considered closed; provided, however, 
that all outstanding checks which have been drawn against said fund 
shall, when presented for payment, be peid out of and charged against 
the seid sum of $200,000 herein provided for; end provided further 
that all claims or vouchers audited and presented for reimbursement 
shall be credited to the said $200,000 fund. 


4. That this resolution be attested by the Secretary of 
the Highway Commission and thereafter entered in the minutes and rec- 
ords of the Commission and that a duly certified copy thereof be de- 
livered by the Secretary of this Commission to the Hono: able Secre- 
tary of State. 


BE IT FURTHER RESOLVED that the State Highway Engineer be 
and he hereby is directed to disburse the said revolving or emergen- 
cy fund of $200,000 pursuant to and within the provisions of the 
said Chapter 529, Oregon Laws, 1939. 


The motion for the adoption of the foregoing resolution was second- 
ed by Commissioner Huron W. Clough and submitted to the Commission by the 
Chairman for vote, and received the unanimous vote of all three Commissioners. 
Whereupon, the Chairman declared the motion carried and the resolution adopted. 
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at which time the Commission voted unanimously to adhere to the original plan 
notwithstanding that there is a possibility that Mr. Busch will institute a 
claim for damages. The Engineer was instructed to study the traffic condi- 
tions upon completion of the highway, to ascertain whether or not the change 
as proposed is justified. 


County Judge J. B. Wilkerson, Columbia County, came before the Con- 
mission and inquired whether or not the Commission intends to spend any fed- 
eral moneys for county road construction in Columbia County this year. He was 
informed by Chairman Cabell that the 1940 federal aid moneys are the first 
moneys available for programming, and because the Federal Government provided 
a lesser amount of such moneys this year, it does not appear possible to allo- 
cate any of them for county roads in Columbia County, although 6 small sum has 
been tentatively budgeted for the oiling of the Mist-Clatskanie Secondary High- 
pr which the Commission considers is the most important project in Columbia ek 
ounty. . =e 


The State Parks Superintendent, Mr. S. H. Boardman, was present and 
reported on the following park matters: 


Natal Grange Park, near Mist, in Columbia County:- The Parks Super- ¥ 
intendent advised that this tract contains the only stand of old timber in ’ 
Columbia County and would make a fine addition to the state parks system if it ¢ 
can be purchased from the owner, the Clarke-Wilson Lumber Company, at reason- 
able cost. After discussion the Commission authorized the purchase of the 
tract if it can be secured for not to exceed $3,000. Arrangements were there- 
upon made for Chairman Cabell and the Parks Superintendent to inspect the prop- 
erty within the next few days. 


Custody of C.C.C. Camp located in Jessie M. Honeyman State Park:-— 
The Parks Superintendent advised that this camp has been turned over to him 
for supervision but there is a question whether or not the state should assume 
such responsibility, in view of the fact that the Government has such a large 
amount invested there, consisting of buildings and equipment valued in excess 
of $22,000. He advised that he would like to have charge of this camp if the 
state were not obligated in the event of loss of any of the buildings or equip- 
ment by fire or otherwise. The Commission approved taking over this camp in 
the event that it would involve no legal entanglements and authorized the sign- 
ing of the necessary papers unless the Commission's Attorney advises legal ob- 
jections thereto. 


Removal of building from Emigrant State Park:- The Parks Superin- 
tendent advised that Mr. Oscar E. Hoover, Boy Scout Master of Walle Walla, 
Washington, has requested permission to remove from Emigrant State Park an old 
C.C.C. building that was given to the Boy Scouts by the Federal Government. 2 
He recommended approval of the request in view of the fact that the building 6 
is an old structure of not much value and would better the appearance of the i 
park if removed. ‘The Commission approved the recommendation by unanimous vote 
subject to the condition that the building be razed rather than moved intact »* 
over the state highway. 7 
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because the company needs the building for the accommodation of its ow em- 
ployees. Furthermore, during the winter season it is extremely difficult to 
find accommodations for the additional highway workers who are employed on 
snow removal operations. He recommended, in view thereof, that the state ac- 
quire its om maintenance site, which he estimated would cost not to exceed 
$400, and construct its own buildings similar to the ones recently construct- 
ed along the Central Oregon Highway between Bend and Burns. The Commission 
authorized and instructed the Attorney to conduct negotiations for the ac- 
quisition of a maintenance site at this place. 


The Engineer also requested authority to purchase a section head~ 
quarters site adjacent to the Crater Lake Highway at Prospect, in Jackson 
County. He estimated that a suitable site at such location would cost about 
$517. The Commission instructed the Attorney to negotiate for the same. 


A delegation from Oregon City, consisting of Mayor L. 0. Harding; 
J. L. Franzen, City Manager; Alden’ E. Miller, City Attorney; Arthur Beatty, 
and John Busch, came before the Commission in regard to the llth Street ap- 
proach to the Pacific Highway East in this tom. They asked the Commission 
to revise its plans for this approach by cutting back the curb and by widen- 
ing the fill on the north side of llth street so as to make it easier for 
gouth-bound traffic to enter llth Street from the highway. They declared that 
the plan proposed by the Commission for such intersection is unsatisfactory 
inasmuch as it does not provide sufficient room for traffic entering llth 
Street and very likely accidents will occur by reason thereof. They also de- 
clared that the property of Mr. Busch, which is located on the north side of 
lth Street at Main Street, has been damaged by change in the grade of lith 
Street, but advised that Mr. Busch will waive his claim for damages if the 
Commission will fill in the state property between the highway and his proper- 
ty line so as to permit the use of his property from the highway. They esti- 
mated the cost of such improvement at $1,500. 


Chairman Cabell questioned the necessity for this change because, 
in his estimation, only very little traffic would use this street, there be- 
ing other physical connections with the highway at 10th Street and at 13th 
Street and there being no connection along llth Street from Main Street to 
the top of the hill in Oregon City. Furthermore, Main Street traffic vould 
still have the present connection with the highway near the Abernethy Creek 
Bridge. The Engineer advised that the crede for the llth Street approach has 

been constructed as has also the concrete curb. He gave as his 

thought that the plan as originally proposed and constructed is preferable to 
the proposed change, particularly in view of the fact that it would be much 
easier for logging trucks to enter the highway on the diagonal enroute to the 
paper mills; furthermore, the widening of the highway 4s proposed would intro- 
duce e hazard to pedestrians and would necessitate the construction of safety 
islands for pedestrian use and the channelizing of traffic. The Commission 
appeared reluctant to make any change in the original plans for this improve~ 
ment; however, deferred definite action thereon pending a report from the En- 
gineer as to what it would cost to make the change requested. 


j This matter was reconsidered by the Commission later in the sessim, 
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board feet, whereas the first cruise showed 444,000 board feet. The United 
States Forest Service, he said, has also made a cruise of the timber which 
shows 374,000 board feet of timber, whereas & cruise made by the state's 
cruiser, Mr. Whitten, indicated that the tract contains only 143,000 board 
feet of timber. On account of the variation inthe results of the several 
cruises, the Commission decided not to take any definite action on this mat- 
ter at the present time but to have another cruise made. The Attorney was 
thereupon authorized and instructed to secure the services of another cruiser 
to do this work. 


Agreement with Mr. Edward L. Dimmitt for concession at Crown Point 
Vista House, Columbia River Highway:- The Parks Superintendent submitted a 
form of agreement covering this matter, which the Commission discussed and re- 
ferred back to him for certain corrections. 


Request of Mr. H. R. Blackwell to lease state property at Waldport:- 
The Parks Superintendent advised that Mr. Blackwell conducts a tourist camp 
south of Waldport and wants to buy or lease a part of the old Spruce Produc- 
tion Railway right of way which the state now owns, because he alleges that 
he cannot properly conduct his business without securing some of the state 
land. He gave as his thought that the main reason that Mr. Blackwell wants 
to secure possession of this additional land is simply to enlarge his present 
holdings, his cabins now being constructed right up to the property line. 
The Commission decided as a matter of policy not to dispose of this land to 
Mr. Blackwell. 


Controversy with L. J. Rickard relative to maintenance of a roadway 
across state-owned property from the Oregon Coast Highway to the beach at 
Waldport:- It appears that Mr. Rickard started construction of the roadway 
from the highway to the beach and was stopped by highway department employees 
because of its encroachment upon state-owned park property near the end of 
the sea wall at Waldport. Also that Mr. Rickard alleges that the roadway is 
necessary in order to accommodate the many people of Oregon who must have ac- 
cess to the beach in order to launch their boats in Alsea Bay, this being 
the only feasible approach for such roadway. The Engineer gave as his thought 
that, if a road to the beach is necessary, it should be constructed by the 
state and should be maintained by the state for general public use. The State 
Parks Superintendent advised that he is satisfied that the roadway that Mr. 
Rickard has commenced to construct is properly located, notwithstanding the 
fact that it passes Mr. Rickard's filling station. After discussion the Com- 
mission ordered further investigation to determine definitely whether or not 
the location of the road is proper from the general public standpoint, and, 
if it is found that the road is properly located, then it is to be construct- 
ed as a state project and not as a private venture and appropriate signs are 
to be installed warning tourists of the possibility of their cars becoming 
mired in quicksand, and that the road is a public thoroughfere. The Attorney 
was instructed to convey such information to Mr. Rickerd and to make it clear 
to him that the Commission considers that such road is strictly a state road. 


Disposition of Cunningham strawberry lease at Silver Creek Falls:- 
The Parks Superintendent advised that the Volz property, which the state 
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C.C.C. Camp at Short Sand Beach State Park:- The Parks Super intend- 
ent advised the necessity to obtain 4 site for the Nehalem C.C.C. Camp that is 
to be established at this park. He said that an li-acre tract that meets the 

ts has been found, for which the ower wants $10 per month rental, 
but if the state later decides to purchase it outright he will sell for $1200 
and wil’. credit the amount paid by the state for rentals against such pur- 
chase price. The Commission approved the rental of this property on such 
basis. 


Addition to Umpqua Lighthouse State Park, in Douglas County:- The 
Parks Superintendent reported that President Franklin D. Roosevelt has signed 
the bill conveying unto the state for park purposes @ portion of the Umpqua 
Lighthouse Reservation, consisting of 110 acres. He also reported a gift from 
Douglas County of 300 acres of land adjoining this pack, which the Commission 
accepted with thanks. 


In this connection the Parks Superintendent requested authority to 
negotiate for the acquisition of additional land at this location. He partic- 
ularly mentioned government land with a 2-mile frontage on the ocean, which 
property, he said, would make an excellent addition to this state park. He 
was authorized by the Commission to secure this property if possible. 


Acquisition of strip of land about 150 feet wide overlooking the Pa- 
cific Ocean at Depoe Bay:- The Parks Superintendent advised that in connec- 
tion with the platting of a subdivision known as "Breakers Addition" to Depoe 
Bay, which is located just south of the highway bridge at this point, pro- 
vision was made for a park area about 150 feet wide between the platted lots 
and the ocean, such strip having been dedicated to general public use and being 
under the control of Lincoln County. He further advised that the citizens of 
Depoe Bay have requested that the state take over this area, which extends 
about 2,000 feet south from the bay entrance, in order to make certain thet 
the srea will be preserved for all time for general public use and enjoyment. 
He recommended acquisition of the area for state park purposes if possible. 
The Commission approved the recommendation subject to the condition that the 
county will convey it to the stete without cost. 


Acquisition of area including what is know as Tub Springs on the 
Green Springs Highway, in Jackson County:- The Parks Superintendent advised 
that investigation reveals that the property embracing Tub Springs is in pri- 
vate ownership and that the omer, Mr. A. L. Coggins, plans to remove the tin- 
ber therefrom in the near future; also, that Mr. Coggins has indicated a will- 
ingness to sell all or any part of this 40-acre tract for the sum of $800. 
The Commission considered it advisable to acquire this property in order to 
preserve the spring for general public use, and thereupon authorized the Parks 
Superintendent to inspect the property and to purchase the same if he consid- 
ers that advisable. 


Purchase of 40-acre tract at junction of state highways just east of 
the town of Sisters, in Deschutes County:- The Parks Superintendent advised 
that this tract is owned by the Louis W. Hill interests ana that 4 recent 
cruise of the timber by the owners indicates thet the tract contains 383,000 
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facts of the case, the Commission denied Mr. Crawford's claim for damages. 
However, the Commission authorized payment to Mr. Crawford of a reasonable sum 
for the additional right of way, provided Mr. Crawford will accept the same 4s 
satisfaction of his claim in full and will relieve the state from further lia- 
bility. The Attorney was authorized and instructed to negotiate such settle- 
ment with Mr. “rawford and to secure 4 release from him. He was also author- 
jzed to condemn for the right of way if necessary. 


The Attorney reported that, as instructed by the Commission at @ 
previous meeting, he advertised in the Albany paper the sale of the A. F. Norby 
building, bids to be received on May 10, and as a result of such advertisement 
only one offer was submitted, being that of Mr. Herman Staley, at $16. He rec- 
ommended acceptance of this offer inasmuch as the building is an old structure 
unsuitable for moving end is not worth any more even from a wreckage or sal- 
vage standpoint. The Commission approved the recommendation unanimously. 


The Engineer advised that a large sawmill is being constructed ad- 
jacent to The Dalles-Californie Highway north of the town of Crescent, in Klan- 
ath County, and as a result this town is experiencing considerable development 
and growth. He pointed out that the present right of way through this town is 


only 60 feet wide and suggested that it would be advisable to acquire a uni- j a 
form 100-foot right of way, which he estimated could be done at this time at =a 
not to exceed $3,000. It was his thought that a considerable saving could be 3 


made by acquiring the right of way now rather than later, and recommended that 
authority te granted to the Attorney to proceed with the taking of options for 
the game. The Commission approved the recommendation unanimously. 


A letter was presented from the Willamina Commercial Club, in which 
the Commission was requested to take appropriate action to preserve an old 
oak anchorage post that was used nearly one hundred years ago to tie the ferry 
that used to operate across the Yamhill River just west of the tom of Willa- 
mina. They advised that this old post is in good condition and is of great 
historical interest in that vicinity and that, in their estimation, it is 
worthy of preservation. The Commission instructed the Secretary to secure 4 
recommendation from Mr. Lewis A. McArthur, President of the Oregon Historical - 
Society, relative thereto. 


The Commission discussed an inquiry from J. E. Murphy, Junction City, 
as to whether or not the state would be willing to sell an old gravel pit that 
it acquired from James Calvert about two miles south of Junction City. The En- 
gineer advised that this pit is located on the opposite side of the Oregon 
Electric Railway from the highway and that it is no longer of any value for 
state purposes because all the material which it seems practical to secure 
therefrom has already been taken, so he would offer no objections to the sale 
of the property. He suggested, however, that it might be advisable to circu- 
larise other state departments and the County Court of Lane County, to ascer- 
tain whether or not the property could be used to advantage for state or coun~ a 
ty purposes before it is offered to private individuals. The Commission con- a 
curred in the viewpoint of the Fngineer and thereupon ordered an investigation . 
ne that end, thus deferring its decision on Mr. Murphy's inquiry for the time if 
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acquired as an addition to Silver Creek Falls State Park, has been under lease 
for some time past to a Mr. J. H. Cunningham who has it planted to strawber- 
ries which he values highly, and it appears that in order to secure a release 
of Mr. Cunningham's right to such property the state wiil have to pay him the 
sum of $500 and give him possession of a small building located on the proper~ 
ty. He recommended settlement with Mr, Cunningham on such basis. The Commis- 
sion approved the recommendation unanimously. 


In this connection the Parks Superintendent advised that he is ready 
to construct an entrance to the park over the property acquired from Mr. Volz 
but has encountered difficulties in view of the unsettled status of the trans- 
fer of ownership. The Attorney advised that this property is under condemma— 
tion and the state has a perfect right to enter the property at any time that 
it wishes, whereupon the Commission instructed the Parks Superintendent to 
proceed with the construction of said approach road at his convenience. 


The Commission reconsidered and denied the request of Mr. Geo. Le 
Govro, Yachats, to remove gravel from that portion of Cummings Creek which is 
located within the boundaries of a state park south of Yachats. 


The Commission had under discussion & request of Contractor 5. s. 
Montague to be relieved from the requirements of the Commission with respect 
to the acceptance of the provisions of the Oregon Workmen's Compensation Act 
in connection with the contract recently awarded him for the construction of 
the Read Creek-liren Section of the Kings Valley Secondary Highway, in Benton 
County, Contract No. 2184. Mr. Montague states that his work is not confined 
to strictly highway construction but he has much other work in connection with 
which he carries protection with private companies, which not only costs him 
much less than the state insurance but has other advantages. He alleges that 
confusion will develop if he is required to carry insurance both with the . 
state and with the private concerns and that he will suffer severe loss if re- 
quired to give up his private insurance contracts, so is asking the Commission 
to waive ite requirement in this respect. The Commission decided not to change 
this feature in Mr. Montague's present contract but instructed the Attorney to 
inform Mr. Montague that, if he or any other contractor has complaint in this 
regard, the Commission will be glad to grant a hearing relative thereto. 


The Commission had under discussion the claim of A. T. Crawford, 

Oakland, Oregon, in the amount of $1,100, for damages that he alleges occurred 
to his property by reason of the sliding of embankment materials thereon from 
an adjacent highway fill. The Engineer advised that the highway was construct- 
ed on @ fill in front of Mr. Crawford's land and that rock was placed on the 
fill slopes to confine the fill to the highway right of way. However, the 
if rock happened to be of an inferior grade and in the course of time decomposed, 
Hees allowing some of the fill material to slide onto Mr. Crawford's property. He 
ais further advised that the arly way to remedy this situation is to acquire about 
ye 15 feet additional width right of way from Mr. Crawford so a8 to make it pos- 

A sible to reconstruct the fill on a slope that will not slide. Such strip, he 
Riis said, is worth only about $75. He recommended acquisition of such right of 
: way and that the Attorney be authorized to condemn the same if Mr. Crawford 
; will not settle on a reasonable basis. In view of the circumstances and the 
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this project was that of Norris Bros., Burlington, Washington, at 
$31,758.00. The second low bid was submitted by Newport Construc- 
tion company, Portland, at $2,351.00. There were 5 higher bidders. 
The Commission has awarded the contract to the low bidder, Norris 
Bros., at their bid of $31,758.00. 


"Division No. 2 Oiling Project on three secondary highways, in 
Linn, Polk, and Yamhill Counties. 14.60 miles oiling. J. C. Comp- 
ton, McMinnville, submitted the low bid for this project at 
$10,356.30, based on the use of road oil but no bid based on the 
use of tar. Newport Construction Company, Portland, submitted the 
next low bid at $11,491.60 based on the use of road oil and 
$11,159.60 based on the use of tar. There were 3 higher bidders. 
The Commission has awarded the contract to J. C. Compton at his low 
bid 6f $10,356.30 based on the use of road oil. 


"Clean and repaint structural steel on 14-span bridge over the 
Columbia River on the Pacific Highway, between Portland, Oregon, and 
Vancouver, Washington. Five bids were submitted for this job, the 
low one being that of Pacific Bridge Painting Company, San Francisco, 
California, at $28,875.00. Odom Construction Company, Oregon City, 1’ 
submitted the second low bid at $29,222.00. The award of this con- Bl 
tract was deferred pending 4 conference with officials of the State 9 i 
of Washington inasmuch as that state is cooperating in the cost of ( 
the painting." (At 3:00 o'clock p. m. Chaimman Cabell publicly an- 
nounced the award of this painting job to Pacific Bridge Painting ae 
Company at its low bid of $28,875.00, concurrence in the award hav- ae 
ing previously been secured from Mr. Lacey V. Murrow, Director of aa 
Highways of the State of Washington. ) <a 


Buildings in Albany 


"Building No. 5846, formerly owned by Norbert Aya. The Commis- 
gion received only one bid for the purchase of this building, being 
that of Burt Picha, Salem, at $71.00. The Commission considers this 
offer satisfactory and accordingly has sold the building to ur. 
Picha for $71.00. 


"Building No. 4959, formerly owned by the City of Albany. Two 
bids were received for the purchase of this building, the high one 
being that of Ralph Orton, Albany, at $76.00. The other bid was 
submitted by Frank Hoffman, Albany, at $51.00. The Commission has 
sold the building to Ralph Orton, at his high bid of $76.00." 


The Engineer brought up for discussion the matter of reallocating 
the $50,000 of forest highway funds previously approved by the Commission, the 
United Stetes Forest Service, and the United States Bureau of Public Roais, in 
joint session, for financing the construction of a section at the north end of 
what is known as the Cascade Lakes Forest Highway, in Deschutes County. He 
advised that, as previously instructed by the Commission, he conferred with 
the federal officials relative to the allocation and is satisfied that the 


The Engineer reported on the matter of service club signs that have 
been erected on state highway rights of way throughout the state, of which 
there is a considerable number. He inquired as to what action he should take 
to secure their removal, The Commission deferred a decision in this matter 
pending receipt of information as to how euch matters are handled in the State 
of Washington. 


A letter was presented from Earl C. Reynolds, Executive Secretary, 
Klamath County Chamber of Commerce, inquiring as to the possibilities of se- 
curing the designation as federal aid highways of the secondary highway which 
extends southerly from The Dalles-Calfiornie Highway to the California state 
line at Hatfield, and of the Kamath Falls-Lakeview Highway. The Engineer was 
instructed to discuss this matter with Mr. Reynolds in person end to 
to him the federal requirements with respect to the designation of federal aid 


highways. 


The Commission adjourned at 12:00 o'clock noon and reconvened at 
2:00 o'clock p. m. in the same room, all Commissioners being present and par- 
ticipating. Also present were the State Highway Engineer, the Attorney, and 
the Secretary. 


Chairman Cabell announced the following awards ot contracts and sale 
of buildings, bids for which were taken at the morning session, such awards 
having been previously approved by the Commission by unanimous votet 


"Division No. 1 Oiling Project on three secondary highways, in 
Clackamas, Washington, and Yamhill Counties. 2.33 miles surfacing 
and 14.63 miles oiling. R. 0. Dail & Warren Bros., Inc., Portland, 
submitted the low bid for this project at $21,383.50, based on the 
use of tar. They did not submit a bid based on the use of road ol}. 
J. C. Compton, McMinnville, submitted the next low bid at $21,907.00 
based on the use of road oil, with no bid based on the use of tar. 
Warren Northwest, Inc., Portland, submitted the third low bid at 
$24,190.00, based on the use of tar but no bid based on the use of 
road oil. There were 2 higher bidders. The Commission has award- 
ed the contract to the low bidders, R. 0. Dail & Warren Bros., at 
their bid of $21,383.50, based on the use of tar. 


"Elsie-Baln Grove Section of the Wolf Creek Highway and coun~ 
ty roads, in Clatsop, Columbia, Tillamook and Washington Counties. 
33.2 miles oiling. 6 bids were received for this project, the low 
one being that of J. C. Compton, McMinnville, at $29,462.00. The 
second low bid was submitted by R. 0, Dail & Warren Bros., Inc., 
Portland, at $33,161.00. The Commission has awarded the contract to 
J. C. Compton, the low bidder, at his bid of $29,462.00. 


"Nt. Vernon, Weston, and Service Creek Oiling Project on the 
Beech Creek and Weston-Elgin Secondary Highways and on the Pendleton- 
John Day and John Day Primary Highways, in Grant, Umatilla, and 
Wheeler Counties. 40.20 miles oiling. The low bid submitted for 
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The Comm.ssion's Attorney advised that the Commission has authority to advance 
such amount immediately if it so desires, by a check drawn on the revolving 
fund. Chairman Cabell expressed a desire to give the matter further study be- 
fore approving the same, whereupon the matter was referred to him by Commis- 
sioners Aldrich and Clough, with full power to act. (Chairman Cabell and the 
Engineer discussed this matter on the following day, at which time it was de- 
cided to advance state funds in the estimated amount of $8,527.27 for equip- 
ment rental and supplies, and in no event should said sum advanced exceed 
$10,000. Anagreement covering the matter was executed by the Commission and 
Mr. Oakes on June 7, 1939.) 


The Commission had under discussion a letter from J. D. Perry, Deer 
Island, requesting the oiling of severel short sections of the Lower Columbia 
River Highway in Deer Island, particularly in front of his store building and 
the Farmers Service Station. The Engineer advised that there is merit in Mr. 
Perry's request but the work that he particularly has in mind would require 
the oiling of a section about 400 feet long and 8 feet wide, which would cost 
about $150, or about $560 if the area were paved. He further advised that 
there is no oiling crew working in the vicinity of Deer Island at the present 
time and if the Commission ordered the work done it would be necessary to send 
in a special crew, which would naturally increase the cost. After discussion 
the Commission instructed the Engineer to ascertain whether there.are any 
other small oiling projects in this vicinity that could be done at the same 
time, which would justify the sending of a special crew to do the work. A re- 
port on this matter is to be rendered to the Commission at the next meeting. 


A petition was presented from 9 residents and property owners of the 
Bunker Hill district, Marshfield, in which the Commission was requested to 
change its plans for the outlets of Center Street and Mullen Street in connec- 
tion with the improvement that is now under way at this place, so as to pro- 
vide a diagonal entrance into Hill Street, thus decreasing the distance to be 
traveled by the people residing on Center and Mullen Streets in reaching the 
new highway. The Engineer advised that considerable study has been given to 
the matter of providing an approach to the highway from these streets, one of 
the plans providing for a diagonal roadway entering the highway at the Hill 
Street Intersection, but such route was eliminated because it involved an ex- 
cessive grade and would be undesirable from the traffic safety standpoint. He 
pointed out that people residing along Mullen and Center Streets, according to 
the adopted plan, will have to travel south on such streets about one block to 
Empire Avenue, thence westerly to 4 connection with Flannigan Street at its 
intersection with McCullum, thence north on Flannigan Street to the new highway. 
Flannigan Street, he said, contains a rather steep grade but is less than would 
be the grade of the diagonal from Mullen to Hill Street, and was adopted as 
the approach to the highway because it vas considered best and safest notwith- 
standing that these people would have to travel a little farther in reaching 
the highway. The Commission decided to adhere to the present plan and there- 
upon denied the request. 


A petition was presented from the residents of the town of Sisters, 
Deschutes County, requesting the oiling of Main Street full width in that town 
through the budiness district when the state conducts reoiling operations in 
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solvency quotient of this road does not meet the requirements for an expendi- 
ture of this amount. He pointed out that the road carries but very little 


traffic throughout most of the year and is open for general public use only 


during the summer months, being principally used during that period by people 
who seek recre~tional and sporting faci:ities at the lake resorts in this vi- 


road with bulldoser equipment and placing a dust palliative of oil on the ex- 
isting roadbed, which would provide a dustless road from Bend to Elk Lake. 
This work, he said, would cost about $1,000 per mile and for an annual expendi- 
ture of $600 per mile the road could be kept in satisfactory condition for 4 
long time to come. The advantage of such a procedure, he pointed out, would 
be that it would give the general public a dustless road from Bend to Elk Lake 
rather than a short length of standard road construction. Furthermore, if 
this experience proves successful, it would open up possibilities of providing 
dustless roads into other remote districts pending availability of funds to 
finance construction of standard-type roads. In this particular instance, he 
added, there would remain about $30,000 of forest highway funds to be reallo- 
cated to some other project. This matter was discussed at some length but fi- 
nal decision relative thereto was defered by the Commission until the next 
meeting. The Engineer wes instructed to advise Mr. Robert W. Sasyer, Bend, 
and the Bend Chamber of Commerce of the proposed plan and to secure reactions 
to the same before the next meeting. 


Mr. Ivan E. Oakes, Deputy Administrator, Works Progress Administra- 
tion, came before the Commission at this time in regard to the Wolf Creek High- 
way W,P.A. project, particularly with reference to the securing of additional 
state funds with which to finance non-labor items in connection with this work. 
He advised that the W.P.A. funds that were to be used for the financing of 
such items have been exhausted and that the work on this project will have to 
close down pending approval of the new allocation unless the state will fur- 
nish additional state funds to pay such costs. In fact, he advised that some 
of the gasoline-powered equipment has already stopped operating because of 
lack of funds with which to purchase gasoline. He further advised that the 
new W.P.A. project which is being prepared will contain a sufficient amount to 
cover the non-labor items but it will be some time before the moneys are 
available. He asked the Commission to approve an additional expenditure of 
state funds, estimated at $12,000, in order to keep the work going until July 
1, 1939, and advised that such amount would have to be paid in advance. 


Chairman Cabell advised that the Commission had this matter under 
discussion at the previous meeting and decided at that time to make availiable 
sufficient state funds to pay the non-labor items until the first of July, mut 
did not then understand that it would take $12,000 and that the money 
have to be advanced; so, in view thereof, the matter would have to be given 
further thought. After further discussion it was agreed that Mr. Oakes would 
prepare a new project statement and submit the same to Chairman Cabell and the 
Engineer for approval. Such statement was presented and discussed later in 
the session, when it was pointed out that the state's contribution to finance 
the non-labor items up to July lst will amount to $14,000 rather than $12,000. 
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cost of such fence construction. The Commission by unanimous vote accepted 
the offer and authorized the Engineer to proceed with the construction of the 
fence on such basis. 


, The Commission discussed and ordered filed for future consideration 
a letter from Mr. R. Frank, Secretary of the Yachats Booster Club, Yachats, 
Oregon, relative to the improvement of the Alsea Highway, in Lincoln County. 
The Engineer was instructed to keep this project in mind in the formulation of 
future construction programs. 


The Engineer reported on investigations conducted at the request of 
citizens of Woodburn for the substitution of a stop- and go-signal for the 
flashing beacon at the intersection of the Pacific Highway with Young Street, 
in East Woodburn. He recommended against any change because, in his estima- 
tion, traffic conditions do not justify the expense, which is estimated at 
$2,600, exclusive of curbs and sidewalks which should also be built. The Com- 
mission approved the recommendation. 


The Engineer reported that the Coos County Court has asked the state 
to give to Coos County the old wooden truss bridge over the south fork of the 
Coquille River, on the Powers Secondary State Highway, about 14 miles north 
of Powers, which structure has been replaced by a new bridge. He advised that 
the bridge is of no value to the state and recommended approval of the county's 
request. The Commission approved the recommendation unanimously, subject to 
the condition that the county will remove the old structure and clean up the 
site to the satisfaction of the State Highway Enginecr. 


The Secretary presented a resolution from the County Court of Linn 
County accepting full responsibility for the maintenance and use of that cer- 
tain section of the old right of way of the Fleming Ranch-Shindler Bridge Sec- 
tion of the Albany-Lyons Secondary Highway, including the old bridge structure 
which has heretofore been abandoned by the state as 4 state highway in view of 
the reconstruction of the highway on new alignment. The said resolution was 
approved and accepted by the Commission by unanimous vote and ordered filed 
in the department records, it appearing to the Commission that the provisions 
thereof satisfactorily relieve the state from responsibility or liability in 
the event of accidents occurring on said highway and said bridge. 


The Commission had under consideration the matter of disposal of 
certain obsolete highway department records and decided to keep all of then. 
The Secretary was instructed to arrange to store them in a convenient place 
for future use. 


The Commission discussed the matter of rerouting the Ochoco Highway 
and the Warm Springs Highway in the town of Prineville, concerning which a 
public hearing was held in Prineville on May 17, 1939. The Commission decided 
to reroute these highways in accordance with the plan outlined at such pub- 
lic meeting and thereupon, by unanimous vote, adopted the following resolution 
in regard thereto: 
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that vicinity. The Engineer advised that, in order to make a good estimate of 
the cost of doing such work, a survey of the road should be undertaken. He es- 
timated the cost of such survey at $150 and requested authority to proceed 
with the same. The Commission approved the survey by unanimous vote. 


The Commission had under consideration the request from the City of 
Junction City for the oiling of the shoulders adjacent to the pavement on the 
Pacific Highway between llth Street and 15th Street in that tom. The Engi- 
neer estimated that such oiling work would cost $360. The Commission approved 
the project by unanimous vote. 


A letter was presented from the Baker County Chamber of Commerce re- 
questing the following improvements: (1) Completion of the oiling of the 
Baker-Halfway Highway; (2) Oiling of e 7-mile section of the Baker-Unity 
Highway heretofore graded to modern standards; (3) Oiling of a 7-mile section 
of the Baker-Medical Springs Secondary Highway. The Commission ordered these 


A letter wes presented from Mrs. Ella Westinghouse, Scio, requesting 
the oiling of the reconstructed section of the Albany-Lyons Secondary Highway 
east of Scio. The Commission decided that it was too late in the season to 
undertake this work, particularly in view of the fact that the plens for the 
project have not been prepared. The Engineer wes instructed to make investi- 
gations as may be necessary and submit an estimate of cost to finance the proj- 
ect for consideration ty the Commission at its next meeting. 


The Cowmission considered and ordered filed for future considera- 
tion ea letter from H. A. Utley, Lakeview, to Governor Charles A. Sprague, urg- 
tional oiling work on the Klamath Falls-Lakeview Highway. 


E 
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The Secretary presented a letter from the Board of Park Commission- 
ers of the city of Pendleton, urging the construction of a landscaping project 
on @ ld-acre tract of land situate at the junction of the Old Oregon Trail 
with the Oregon-Washington Highway just east of Pendleton, and advising that 
the City Park Department will maintain the project if the state will construct 

The Commission considered this 4 meritorious project and approved the 
game subject to the condition that the City of Pendleton will maintain it 
after construction is completed. The Engineer was instructed to include this 
job in the 1940 budget for landscaping projects. 


A letter was presented from the Bugene Water Board requesting the 
construction of two short sections of guard fence along the McKenzie Highway 
in the vicinity of Leaburg Dam, particularly a 330-foot section extending down 
stream from the dam, and a 175-foot section across the spillway section at the 
Leaburg power plant. The Water Board offered to contribute one-half of the 
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altered and modified, and the points of entrance into said city and the 


routes in and through said city should be changed, fixed and deter- 
mined in harmony with the notice as given and the plan as proposed; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by this 
Commission, all members being present and voting, as follows: 


1. That the route and location of the Warm Springs High- 
way as the same enters the City of Prineville and is located within 
the said city over a route described as follows, to wit: 


Beginning at the northerly city limits of Prineville and 
thence in a southeasterly direction to Tenth Street near the 
intersection of Tenth and "C" Streets; thence easterly along 
Tenth Street to "A" Street or Main Street; thence southerly 
along "A" or Main Street to Third Street, connecting with the 
Ochoco Highway at the intersection of Third and "A" or Main 
Streets. 


be and the same hereby is changed and the point of entrance of said 
highway and the route within the limits of said City of Prineville 
shall be over and along a route defined and described as follows, to 
wit: 


Beginning at the westerly city limits of Prineville on Lo- 
cust Street between Third and Fourth Streets; thence easter- 
ly to a connection with the Ochoco Highway on Third Street 
near Park Boulevard. ; 


2. That the Ochoco Highway as the same enters the City of 
Prineville from the westerly boundary over a route defined and de- 
scribed as follows, to wit: 


Beginning at the westerly city limits of Prineville at 
the intersection of Second and Locust Streets and thence 
easterly along Second Street to "A" or Main Street; thence 
northerly along "A" or Main Street one block to Third Street; 
thence easterly along Third Street to the easterly city lin- 


be and the same hereby is changed and said highway shall be and is 
routed and located into and through the City of Prineville along a 
route and location described as follows, to wit: 


Beginning at the westerly city limits of Prineville at 
the intersection of Third and Locust Streets, and thence 
easterly along Third Street to the easterly city limits, 
the new route being that portion of Third Street between 
"A" or Main Street and Locust Street or the westerly city 
limits. 
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WHEREAS, pursuant to notice given as required by Section 
44-120, Oregon Code, 1935 Supplement, the Highway Commission met in 
the City Hall in the City of Prineville on May 17, 1939, for the 
purpose of conducting a hearing as provided for in said law with re- 
spect to a proposed change in the point or plece of entrance of the 
Ochoco Highway into and through said City of Prineville and with re- 
spect to the proposed change in the point or place of entrance of 
Se Sa ay a ee a Ss ee 


of the point of entrance of the Warm Springs 

from the north and the proposed change in the route of said highway 
within said city, and explained the proposed change of the point of 
entrance of the Ochoco Highway from the westerly side of the said 
city and the proposed change of the route of said Ochoco Highway 
within the limits of said city; and 


WHEREAS, the said Chairman, after explaining the purpoee 
of the meeting and the proposed changes in the locations and routes 
of the said highways, invited discussion with respect to said mat- 
ters and extended to persons present an opportunity to be heard for 
or against the said proposed changes; and 


WHEREAS, after all who evidenced 4 desire to be heard had 
entered their names in the record and minutes of the meeting and had 
declared their approval or disapproval of said proposed changes, the 
Chairman announced that said matters would be taken under advisement 
ty the Commission and a decision made and announced at a later date; 
and 


ore 


WHEREAS, after due and full consideration of said matters 
and of the arguments and declarations made for and against the said 
proposed changes at said public hearing, ooth with respect to the 
point of entrance of each of said hishwes and with respect to the 
routes or locations of the same within said city, the Commission now 
being fully advised with respect to all of said matters is of the 
opinion, and it is the judgment of the Commission, that the interests 
of the State at large will best be served by the adoption of the 
proposed change of the point of entrance of the Warm Springs High - 
way into the City of Prineville from the northerly boundary and the 
proposed change of the route of said highway within said city, and 
the proposed change of the point of entrance of the Ochoco Highway 
into seid city from the westerly boundary and the proposed change 
of the route of said highway within said city, all of which changes 
will, in the judgment of the Commission, make possible better align- 
ments, and more serviceable, convenient and safe thoroughfares into 
and *hrough said City, and, therefore, it is the opinion of the Com- 
miss.-n that the routes and alignment of said highways should be 
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The Commission had under discussion the bond to be furnished the 
state in connection with the granting of sign and marquee installations over 
state highways, and decided that if the permittee carries public liability and 
property damage insurance sufficient to protect the state in case of accidents 
occurring by reason of installation of such signs or marquees, then an addi- 
tional bond would not be required; however, the permittee must furnish the 
state with a certificate or affidavit as evidence that such insurance coverage 
is now provided. 


The Engineer requested authority to purchase the following equipment: 


Three 50-watt radio transmitters to replace a like number 
of 10-watt portable transm’tters that have not proved satisfac- 
tory where positive commuication is needed. Estimated total 
cost $975.00. 


Two 550-gallon asphalt kettles to replace 4 like number of 
300-gallon kettles which are too small to operate in connection 
with state paving plants. Estimated total cost $2 ,000,00. 


One portable gasoline hammer for use by the sign depart- 
ment in the installation of signs and signals. Estimated cost 
$340.00. 


The Commission approved such purchases by unanimous vote. 


The Engineer brought up for discussion the advisability of conferring 
with Mr. R. J. Newell, Construction Engineer with the United States Bureau of 
Reclamation, relative to the construction of irrigation ditches and drains 
across state highway rights of way. The Commission approved such conference 
but deemed it advisable to ascertain what other states are doing along that 
line beforehand. The Engineer was instructed to communicate with the highway 
departments of other states similarly affected, with respect thereto. 


The Engineer requested authority to prepare plans for the following 
maintenance material projects in Divisions No. 4 and No. 5, which projects it 
is proposed to include in the P.W.A. program: 


Nye Junction-Long Creek Section of the Pendleton-Johm Day High- 
way, in Umatilla and Grant Counties. 66.0 miles in length. Re- 
quires production of 24,000 cu. yds. of crushed rock. Estimated to- 
tal cost $44,000.00. 


Elgin-Rock Creek Section of the Wallowa Lake Highway, in Wal- 
lowa County. 22.0 miles in length. Requires 8,000 cu. yds. crushed 
rock. Estimated total cost $15,000.00. 

Union-Bidwell Hill Section of the Old Oregon Trail, in Union 


County. 14.0 miles in length. Requires 6,000 cu. yds. crushed 
rock. Estimated total cost $13,000.00. 
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the said above described new routes, locations and 

ts be and the same hereby are adopted as the routes and loca- 

tions of said respective highways with respect to points of entrance 
locations and routes within the City of Prineville. 


4. That the Engineer be and he is hereby instructed to 
definitely locate and establish said highways by proper monuments and 
markers and make proper record thereof in the records of the Highway 
Commission, and erect proper signs on the streets over which said 
highways are routed, and proceed with the permanent improvement end 
maintenance of said highways along the routes herein defined and in 
harmony with plans and specifications by this Commission approved. 


5. That as soon as the said highways have been properly 
and permanently constructed over the said respective routes and are 
ready to be thrown open for public travel highway traffic now using 
the old routes shall be directed over the new routes and thereafter 
the old routes shall be abandoned as the route of either of said 


highways. 


6. That this resolution be entered in the records and 
minutes of the Highway Commission, and a duly certified copy thereof 
mailed to the Mayor of the City of Prineville and a like copy to the 
County Court of Crook County. 


The Engineer reported that, in conformance with authority previous- 
ly granted him by the Commission, he awarded contracts as follows, bids for 
which were taken by the Commission on May 18 and 19, 1939: 


Construction of Read Creek-Wren Section of the Kings Valley 
Secondary Highway, in Benton County. Bids taken May 18, 1939; con- 
tract awarded May 26, 1939, to S. S. Montague, who submitted the 
low bid therefor. 


Construction of Jom Day-Prairie City Section of the John Day 
Highway, in Grant County. Bids taken May 19, 1939; contract award- 
ed May 26, 1939, to BE. L. Rigdon, who submitted the low bid there- 
for. 


Bridge construction on Dean Creek-Prairie City Section of the 
John Day Highway, in Grant County. Bids taken May 19, 1939; con- 
tract awarded May 26, 1939, to Edlefsen-Weygandt Company, who sub- 
mitted the low bid therefor. 


The Commission by unanimous vote confirmed the award of these contrects as re- 
ported. ) 


The Commission considered and accepted an invitation from E. J. 
Griffith, State Administrator, Works Progress Administration, to be present 
on the Caravan trip over the Wolf Creek Highway on June 30, 1939, commemorat- 
ing the opening of that highway to general public use. 
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The Commission considered and ordered filed communications as fol- 


lows: 


Letter from the Washington County Court agreeing to contribute 
$10,000 of county funds in 1940 toward the cost of construction of 
a standard oil surface on the Balm Grove-Sunset Camp Section of the 
Gales Oreek County Road, which is being used as a state highway de- 
tour pending completion of the Wolf Creek Highway, provided the tem- 
porary treatment that is being constructed this year does not prove 
successful. 


Letter from Clarence N. Crocker, Bugene, suggesting that, when 
the state reconstructs the Pacific Highway through Eugene, it select 
a route around the city rather than along Sixth Street, as has been 


proposed. 


Letter from Isaac Walton League of America opposing, in prin- 
ciple, the further extension of roads into roadless areas and de- 
manding that, before any further extension into such areas is au- 
thorized, all values be given due consideration from the truly pub- 
lic standpoint. 


Communications from the Elgin Community Club, Walla Walle 
Chamber of Commerce, Enterprise Chamber of Commerce; J. G. Kelley, 
President, Walla Walla Union Bulletin; and Weston-Elgin Highway 
Association, urging the oiling of the Weston-Elgin Secondary State 
Highway between Weston and Tollgate. 


The Secretary presented a communication from the Tillamook County 
Flying Club, requesting permission to use the ocean beach at either Rockaway 
or Saltair, in Tillamook County, as 4 landing field for airplanes during the 
conduct of federal examinations for the securing of pilots' licenses. The 
Commission denied the request, it being considered that such use of the beach 
would constitute a serious hazard to people who use such areas for recreation- 


al purposes. 


The Commission discussed a letter from the Lower Columbia Associated 
Chambers of Commerce with respect to the improvement of the county road extend- 
ing from the Oregon Coast Highway to Fort Stevens, in Clatsop County. The Com- 
mission took no action on this matter other than to recall that this project 
was tentatively approved for the 1940 construction program at its session on 
the previous day. 


A letter was presented from Guy E. Reddick, owner of the Midway Boat- 
house in the Willamette River at the foot of 15th Street in Oregon City, in 
which permission is requested to maintain a water pipe line on state property 
to supply his boathouse, and also to maintain @ parking space on state proper- 
ty between 14th Street and 15th Street for the benefit and convenience of peo~ 
ple who patronize his boathouse. The Commission ordered that Mr. Reddick be 
informed that a permit for such use of the state's property will be granted 
only in the event that the boathouse in question is owned and operated as a 
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Mountain Rest-Mt. Vernon Section of the Pendieton-John Day High- 
way, in Grant County. 14.0 miles in length. Requires 6,000 cu.yds. 
crushed rock or gravel. Estimated total cost $12,000.00. 


Weston-Elgin Section of the Weston-Elgin Highway, in Umatilla 
and Wallowa Counties. 40.0 miles in length. Requires 15,000 cu.yds. 
crushed rock. Estimated total cost $30,000.00. 


Seufert-Dufur Section of The Dalles-California Highway, in Was- 
co County. 20.7 miles in length, Requires 6,500 cu.yds. crushed 
rock, Estimated total cost $12,680.00. 


Maupin-Cow Canyon Section of The Dalles-—California Highway, in 
Sherman County. 31.0 miles in length. Requires 9,300 cu.yds. 
crushed rock. Estimated total cost $17,815.00. 


Redmond-Prineville Section of the Ochoco Highway, in Deschutes 
and Crook Counties. 18.25 miles in length. Requires 6,500 cu.yds. 
crushed rock. Estimated total cost $12,620.90. 


Bend-Horse Ridge Section of the Central Oregon Highway, in Des- 
chutes County. 21.0 miles in length; and the Bend Section of the 
Century Drive Secondary Highway, in Deschutes County. 2.76 miles 
in length. Requires 7,150 cu.yds. crushed rock. Estimated total 
cost $13,580.00. 


Beaver Marsh-Ft. Klamath Section of The Dalles-California High- 
in Klamath County. 34.0 miles in length. The Crater Lake 
Junction-The Dalles-California Section of the Diamond Lake Secondary 
Highway, in Klamath County. 14.72 miles in length. Park Boundary- 

Ft. Klamath Section of the Crater Lake Highway, in Klamath County. 

6.5 miles in length. Park Boun‘ery-The Dalles-California Section of 

the Sand Creek Secondary Highway, in Klamath County. 4.2 miles in 

py oo 17,800 cu.yds. crushed rock. Estimated total cost 
,’ . . 


Chiloquin-Klamath Falls Section of The Dalles-California Highway, 
in Klamath County. 20.0 miles in length. Requires 6,000 cu.yds. 
crushed rock. Estimated total cost $12,400.00. 


The Commission by unanimous vote authorized the working up of plans for such 
projects. 


The Commission had under consideration the matter of granting to the 
Bonneville Authority permission to construct its transmission pole line over 
and across a number of state highways between Portland and Eugene, particular- 
ly the authorizing of spans exceeding the 130-ft. span limit heretofore estab- 
lished by the Commission. The Commission referred this matter to the Ingineer 
to discuss with engineers of the Public Utilities Commissioner's office. In 
the event that it is determined that the plans for such crossings are ia con- 
formance with good engineering practice, then 6 permit authorizing the over- 
length spans is to be issued. 


unable to state at this time just when construction will be undertaken, as 
that depends upon the availability of funds and the formulation of the Com- 
mission's construction program. 


A letter was presented from the Newberg Berrians requesting sugges- 
tions relative to the handling of traffic during the regatta that is to be 
held in the Willamette River at Newberg on June 18, 1939, and in connection 
with which it is likely that a large crowd will assemble on the highway bridge 
during the festivities. The Engineer advised that the bridge is an old struc- 
ture and incapable of withstanding a large crowd, and, in his estimation, in 
order to avoid the possibilities of a tragedy, should not be used as a view- 
ing stand. Furthermore, the bridge crew is now installing additional false- 
work on this structure in order to make it safe for ordinary vehicular traf- 
fic. The Commission instructed the Secretary to inform the Newberg Berrians 
of the condition of this bridge and to request them to see to it that people 
do not use the bridge during the regatta. He was also instructed to convey 
such information to the Department of State Police, with the request that of- 
ficers be assigned to keep the people off this structure during the time that 
the regatta is under way. 


A letter was also presented from 0. D. Mathews, President of the 

Klamath Buckaroo Days Committee, requesting permission to install 10 lines of 
decorations over The Dalles-California Highway just outside of the city limits 
of Klamath Falls during the time of. their rodeo, which is to be held July 2, - 
3, and 4, 1939. The Commission denied the request as a matter of policy and 4 
ordered that the suggestion be given to Mr. Mathews that such decorations be 3 
placed over the highway within the city limits where the State Highway Commis- 

sion does not have jurisdiction. 


The Engineer discussed briefly with the Commission matters pertain- 
ing to the adoption of a federal aid secondary highway system. He advised ig 
that the Bureau of Public Roads has requested the submission of a list of ; 
roads representing at least 25 per cent of the total available mileage, be- 

, fore it will approve any further expenditures of either the 1940 or the 1941 - s 
federal aid secondary highway funds, and that they have also requested graphs ae 
with respect to the economical selection of the various roads to be included 
in such system. The Commission instructed the Engineer to proceed with the ig 
preparation of the additional information and to submit a full report on the = 
matter at its next meeting, if possible. 


The Engineer presented a list of surveys that he has ordered since 
the last meeting of the Commission and asked the Commission to confirm them 
and the amounts authorized for each. After due consideration, motion was made 
by Commissioner Aldrich that the State Highway Engineer be authorized and in- 
structed to make such surveys on various sections of highways of this state, a3) 
which said sections of highways and the amounts authorized for survey expendi- 
tures are as follows: a 


Location - 1-2812 - Flagstaff Hill-Middle Bridge Section, Baker-Homestead High- u 
way. Baker County. 2nd authorization - $500.00 
Total to date $6,600.00 
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public enterprise and as 4 non-profit undertaking, but will allow him to main- 
tain his private boathouse in its present location as a temporary proposition 
this year only, pending completion of the highway along Water Street. 


A letter was presented from irs. Jessie M. Honeyman, President, Ore- 
gon Roadside Council, in which the Commission was asked to use its influence 
with the State Board of Control to the end that office space be provided by 
the state for use in connection with the Council's W.P,A. project for the pres- 
ervation of scenery along Oregon roadsides. The Engineer was instructed to 
advise Mrs. Honeyman that the State Highway Commission has no authority in this 
matter, and, while it is sympathetic with the movement, it is not in a posi- 
tion either to sponsor the project or to provide office space for the workers. 


The Engineer discussed with the Commission 4 letter from Huntington, 
Wilson and Davis, Attorneys, Portland, relative to the claim of the Arch Cape 
Land Company and W.C.Calder for damages that they allege occurred to their 
property by reason of the sliding of a highway fill on the Oregon Coast High- 
way near Arch Cape, Clatsop County. Action on this matter was deferred pend- 
ing inspection of the premises by members of the Commission and the Engineer. 


The Commission discussed but deferred action on the matter of rec- 
ommending the designation of the Central Oregon Highway as U. S. Highway Route 
No. 14. 


The Commission also discussed a letter from W. C. Markham, Executive 
Secretary, American Association of State Highway Officials, relative to the 
designation of U. S. Highway Route No. 95 across the State of Oregon. The In- 
gineer advised that it is planned to route this highway over the I.0.N. Sec- 
ondary State Highway through the State of Oregon, which, in his estimation, 
would be proper, although he did not believe that publicity should be given 
thereto until the road has been completed throughout and could be shown on 
maps as an improved route through Oregon. He further advised that he so in- 
formed Mr. Markham. The Commission approved the Engineer's action in this 
matter. 


The Commission considered and ordered filed a letter from Mr. F. W. 
White, Eugene, directed to Governor Charles A. Sprague, with respect to the 
designation of the Junction City—Eugene Secondary State Highway and the Pacific 
Highway between Junction City and Eugene as U. S. Highway Route No. 99E and 
U. S. Highway Route No. 99W, respectively, inasmuch as Mr. White has previous- 
ly been informed of the reasons why such designation could not be approved. 


The Commission also considered and ordered filed a letter from Con- 
gressman Walter M. Pierce relative to the proposed federal plan for the con- 
struction of federal military highways. 


The Secretary presented a letter from Mrs. Mary H. Clerke, Portland, 
inquiring as to when the Commission intends to construct the proposed re- 
vision of the Pacific Highway West through the town of Tigard so that she can 
plan the remodelling of her premises in accordance therewith. He was instruct- 
ed to inform Mrs. Clarke that the Cowmission has this project in mind but is 
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Quarry - - - ~ 228-2806 - Hay Canyon Section, Moro-Hay Canyon Road, Sherman 
County. 2nd authorization - $26.00 
Total to date $776.00 


Plans ---- 29-2828 - Mills Bridge-Mining Creek Section, Wilson River Hwy., 
Tillamook County. lst authorization - $400.00 

Location - - - 30-2817 - Adams-Pendleton Section, Oregon-Washington Hwy., 
Umatilla County. 2nd authorization - $800.00 
Total to date $7,400.00 

Quarry - - - - 33-2817 - Maupin-Cow Canyon Section, The Dalles-California 
Hwy., Wasco County. ist authorization - $100.00 

Quarry - - - - 33-2815 - Seufert-Dufur Section, The Delles-Californie Hwy., 
Wasco County. 2nd authorization - $ 46.00 


Total to date $296.00 


Right of Way - 134-2821 - Campbell Bridge-Scholls Section, Hillsboro-Woodburn 
Sec. Hwy.,Washington Co. Ist authorization $100.00 


Plans —- - - - 134-2822 - Christensen-Lane-Scholls Section, Hillsboro-Woodburn 
Sec.Hwy.,Washington Co. lst authorization - $540.00 


Right of Way - 36-2822 - Sheridan-Willamina Section, McMinnville-Tillamook 
Hwy., Yamhill County. ist authorization - $125.00 
Plans - - - - 136-2823 - Amity-Hopewell Section, Belleview-Hopewell Road, 


Yamhill County. ist authorization - $100.00 


The motion was duly seconded by Commissioner Clough and wes declared by Chair- 
man Cabell to have carried by the unanimous vote of the Commission. 


he Commission had under consideration a request from Viesko & Hanna- 
man, contractors for the construction of a maintenance building at Albany, Con- 
tract No. 2123, requesting an extension of time from March 7 to May 13, 1939, 
within which to complete this project. They attributed their failure to com- 
plete the project within the specified time limit to bad weather conditions 
which rendered impossible the painting of the exterior brick walls and the 
construction of driveways at the time that the other work was completed. The 
Engineer advised that the reason given by the contractor for failure to com- 
plete the project within the specified time limit is correct; in fect, he 
ordered the contractor to close down the work between February $ and April 11 
because he considered it poor engineering to allow the work to proceed under 
the prevailing conditions. He recommended, in view of the circumstances, 
that the extension requested be granted without penalty. The Commission ap- 
proved the recommendation by unanimous vote. 


The Engineer reported that Contracts Nos. 2095, 2108, 2110, 2123, 
2125, 2127, 2130, 2136, 2138, 2143, 2146, 2156, and 2162, for the construc- 
tion of state highway projects, have been completed according to the require- 


gun 6 1939 


Oe eee oa as eal rE ee 


Plans 


Right of Way 


Plans 


Slide 


Plans 


Plans 


Right of Way - 
Right of Way 
& Plans- - - - 


Plans ---- 


Right of Way- 


Right of Way - 


Bridge - - - - 


Location - - - 


2-2817 - Corvallis Bridge Approaches, Albany-Corvallis High- 
way, Benton County. Ist authorization - $100.00 


103-2821 - Aurore-Wilsonville Section, Hillsboro-Woodburn Sec. 
Hwy., Clackamas Co. lst authorization - $300.00 


103-2822 - Estacada School Section, Woodburn-Sandy Highway, 
Clackamas County. lst authorisation - $100.00 


4-282, - Nehalem River-Rock Creek Section, Wolf Creek Highway, 
Clatsop County. lst authorization - $500.00 


4-2825 - Astoria Plaza Section, Oregon Coast Highway, Clatsop 
County. ist authorization = $600.00 


5-281, - Warren-Scappoose Section, Columbia River Highway, 
Columbia County. 2nd authorization - $1,200.00 
Total to date $3,200.00 


10-2819 - Rice Hill-Turkey Hill Section, Pacific Highway, 
Do County. 3rd authorization - $500.00 
Total to date $1,550.00 


117-2809 - Provolt-Williams Section, Williams Secondary Highway, 
Josephine Co. 3rd & 4th authorizations - $1,000.00 
Total to date $2,000.00 


19-2817 - Drews Gap-Forest Boundary Section, Klamath Falls-Lake- 
view Hwy., Lake Co. 1st authorization - $50.00 


20-2836 - Lincoln County Line-Cape Creek Section, Oregon Coast 
Highway, Lane Cow st authorization - $500.00 


20-2837 - Lowell-Goshen Section, Willamette Highway, Lane Co. 
lst authorization - $9,800.00 


220-2832 - Walton-Veneta Section, Route "pe, Lane County 
2nd authorization - $450.00 
Total to date $10,250.00 


21-2829 - Kernville-Newport Section, Oregon Coast Highway, Lin- 
coln County. lst authorisation - $125.00 


21-2830 - Boyer-Rose Lodge Section, Salmon River Highway, Lin- 
coln County. lst authorisation - $1,000.00 


21-2831 - Alsea Bridge, Alsea Highway, Lincoln County 
lst authorization - $300.00 


22-2818 - Foster-Bryant Hill Section, Santiam Highway, Linn 
County. 2nd authorization - $2,500.00 
Total to date $10,000.00 
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Coast and Coos Bay-Roseburg Highways, in Coos County. 
Completed May 15, 1939. 


Contract No. 2143, with Mountain States Construction - 
Company, for furnishing crushed rock on the Rough Creek- 
Belknap Springs Section of the McKenzie Highway, in Lane 
County. Completed April 22, 1939. 


Contract No. 2146, with Saxton, Looney & Risley, 
for furnishing crushed rock on the Lakeview Section of 
the Fremont and Klamath Falls-Lakeview Highways, in Lake 
County. Completed May 31, 1939 


Contract No. 2156, with A. S. Wallace, for furnish- 
ing crushed rock on the Polallie Creek-Hood River Sec- 
tion of the Mt. Hood Highway, in Hood River County. Con- 
pleted May 5, 1939. 


Contract No. 2162, with C. E. Silbaugh Company, for 
grading the North Powder-Davis Ranch Section of the North 
Powder River County Road, in Union County. Completed 
May 4, 1939. 


THEREFORE, BE IT RESOLVED, that the work covered by said 
state highway contracts for the construction of said state highway 
: projects be declared completed according to the terms of the re- 

: spective contracts, and said jobs are hereby accepted and final 
payment in connection with each is hereby authorized. 


The Commission discussed the setting of a date for its next regular 
meeting for the receiving of bids on highway construction projects following 
that set for June 22, 1939, and tentatively scheduled such meeting for Thurs- 
day, July 27, 1939, it being understood that a special meeting would be called 
in the meantime for th. dispesal of accumulated routine matters. 


The Commission considered and signed agreements, et cetera, as fol- 
lows: 


Supplemental cooperative agreement with United States of Amer- 
ica providing for snow removal on the west leg of Timberline Lodge 
Road. 


Agreement with California Western States Life Insurance Com- 
pany, providing for group insurance for Highway Department employees. 


Agreement with City of Bend covering reimbursement to the city 
for work that the city will do in revising the water system by reason 
of the Third Street undercrossing project. 


Agreement with C. H. Lake, Salem, authorizing parking of cars 
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and that said jobs are ready 
for acceptance. the above projects was of- 
fered and was adopted 


WHEREAS, the Engineer bas reported that the following 
State Highway Commission contracts for the construction of state 
highway projects have been completed according to the terms and 
provisions of the contracts end said jobs are now ready for ac- 
ceptance: 


Contract No. 2095, with McNutt Bros., for grading, 
surfacing and oiling on the Bly Mountain-Beatty Section 
of the Klamath Falls-Lakeview Highway, in Klamath County. 
Completed May 28, 1939. 


Contract No. 2108, with Henry C. Nelson, for con- 
struction of maintenance buildings at Suntex Junction 
and Brothers, in Deschutes and Rurney Counties. Com- 
pleted May 12, 1939. 


Contract No. 2110, with Mountain States Construc- 
tion Company, for constructing canal and railway road- 
bed on the Albany Section of the Pacific Highway East, 
in Linn County. Completed April 22, 1939. 


Contract No. 2123, with Viesko & Hannaman, for con- 
structing a maintenance building at Albany, in Linn Coun- 
ty. Completed May 13, 1939. 


Contract No. 2125, with D. L. Ashton, for furnishing 
crushed rock on the Olney-Jewell Section of the Nehalem 
ed Highway, in Clatso~ County. Completed April 

7, 1939. 


Contract No. 2127, with D. L. Ashton, for landscap- 
ing on the Brothers Roadside Oasis Project on the Cen- 
_ = Highway, in Desciutes County. Completed May 

5, 1939. 


Contract No. 2130, with J. C. Compton, for surfac- 
ing and oiling the Vanora-Madras Section of the Warm 
Springs Secondary Highway, in Jefferson County. Com- 
pleted May 15, 1939. 


Contract No. 2136, with Leonard & Slate, for land- 
scaping on the State Hospital-Ash Street Section of the 
Old Oregon Trail Highway, in Umatilla County. Complet- 
ed April 25, 1939. 


Contract No. 2138, with 0. C. Yocom, for furnish- 
ing crushed rock on the Coquille Section of the Oregon 
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June 21, 1939 
(9:00 a.m. - Enroute Drain to Reedsport) 


The State Highway Commission disposed of the following routine mat- 
ters enroute from Drain to Reedsport, there being present and participating 
in the discussions the following: 


Henry F. Cabell, Chairman 

Huron W. Clough, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretery 


The Secretary reported receipt of a letter from Mr. Lewis A. Mc- 

Arthur, President of the Oregon Historical Society, recommending approval of 
the request of the Willamine Commercial Club for the preservation of the old 
anchoring post that was used to tie up the ferry that operated across the Yam- 
hill River just west of Willamina one hundred years ago. The Commission ap~ 
proved the recommendation and authorized construction of a concrete base 
around the post provided investigation reveals that it is located on the state 
highway right of way. The Commission also authorized the erection of a sign 
near this anchoring post giving historical information relative thereto. The 
Engineer was instructed to ask Mr. McArthur to prepare the wording for such 


sign. 


The Attorney reported on the building encroachments on Astor Street, 
in Astoria. Inspection on the ground, he seid, reveals that some of the 
buildings encroach fully 20 feet upon the dedicated street, this being partic- 
ularly true of those on the west side of the street where the traveled road- 
way was a considerable distance from the property line. He gave as his opin- 
ion that the property owners cannot establish their rights to the use of the 
street as against the rights of the general public but advised that the cost 
of litigation would be expensive and that the results would be uncertain and 
it would take considerable time to bring the matter to a final conclusion if 
it were brought to trial. He estimated that the state could save approximately 
$4,000 in the cost of removing the buildings from the highway right of way 
were the Commission to prevail in a lawsuit to enjoin the further use of the 
street for private purposes but, on the other hand, if the property owners 
prevailed, then the Commission would be under obligation to pay the cost of 
moving the buildings and in addition thereto would be required to purchase 
from the property owners the area in the dedicated street that they had ac- 
quired by reason of long use. He further reported that some of the property 
owners who are occupying street area on the easterly side of the street and 
who will not be distwrbed by the highway improvement have indicated a willing- 
ness to help pay the cost of making adjustments on the opposite side of the 
street, the consideratio® being the benefits which they would receive by rea- 
son of the vacation of a 20-foot strip of street area which they are now oc- 
cupying on the easterly side of this street. 


He pointed out that in only one instance would the state be required 
to deal with amy of the building owners, that being a case where the state 
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on state highway right of way while being serviced at his station 
south of Salen. 


t with Olive Lee providing for construction of an ap- 
proach road to her premises adjacent to the Oregon Coast Highway in 
Lincoln County when this highway has been constructed on new align- 
ment. 


Revokable permit from Pacific Power and Light Company author- 
izing the state to install and maintain one traffic signal suspen- 
sion cable attachment to the company's pole No. 2107, in Rainier. 


Agreement with R. G. Saylor providing for the abandonment of 
a cattle pass on the Lexington-Echo Secondary Highway in Umatilla 
County, being Bridge No. 320-26.1, situate at Highway Engineer's 
Station 396+47 in the N.W.> of Sec. 31, T. 3 N., | 28 E., WM. 


Agreement with Fritz Luscher et al pertaining to the acquisi- 
tion of right of way needed for the new Columbia River Highway near 
Bridal Veil, in Multnomah County. 


Basement granting to the Mountain States Power Company the 
right to construct, maintain, and operate a canal or ditch to con~ 
vey water across Lots 5 & 6 of Block 5, and Lots 5, 6, 7, and 8 of 
Block $, Heckleman's Second Addition to Albany, which is state- 
owned property. 


There being no further business to come before the Commission at 
this time, the meeting was adjourned at 5:30 o'clock p. m. 


Commissioner 


Zh Wi Clery L 


/ Commissioner 


domain real property for right of way through a cemetery and by said 
law the Commission is further authorized to acquire by purchase, 
agreement, or the exercise of the power of eminent domain real prop- 
erty contiguous to the cemetery, and having acquired such property 
may convey the same to the cemetery association or the owners of the 
cemetery in exchange for the real property sought to be acquired for 
right of way purposes; and 


WHEREAS, the Commission has found it necessary in order 
to properly locate, construct and maintain that section of the Col- 
umbia River Highway lying between the Multnomah County line and 
Scappoose to extend the same through and locate a portion of said 
highway within the boundaries of the cemetery known as the Fairview 
Cemetery; and 


WHEREAS, the route and location of the said highway within 
the boundaries of said cemetery is over and across an area within 
which there are no graves which will be disturbed by reason of the 
appropriation and use of the area over which is routed the said high- 


way 5 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED BY THE 
STATE HIGHWAY COMMISSION AS FOLLOWS: 


1. That the Commission does hereby find and declare that 
it is necessary and will be of advantage to the State of Oregon to 
acquire for right of way purposes in connection with the permanent 
location, construction, improvement end maintenance of said sec- 
tion of the Columbia River Highway the real property described as 
follows: to wit: 


A parcel of land lying in the T. J. Jackson, D. L. 
C. in Township 3 North, Range 2 West, W. M., Columbia 
County, Oregon, and being 4 portion of the following des- 
cribed property: that tract of land which was conveyed 
by that certain deed to Mildred J. Watts, recorded in 
Book 17, Page 492 of Columbia County Record of Deeds, the 
said parcel being a strip of land eighty feet in width, 
forty feet on each side of the relocated center line of 
the Columbia River Highway as said highway has been sur- 
veyed over and across the Fairview Cemetery property, the 
said parcel being more particularly described as follows: 


Beginning at a point on the north line of the Fairview 
Cemetery, which point is North 89 32' 30" West a dis- 
tance of 40 feet from engineer's station 50+80 of the re- 
located Columbia River Highway, said point also being 1442 
feet south and 128 feet east of the northwest corner of the 
tT, J. Jackson, D. L. C. in Township 3 North, Range 2 West, 
W. M.3 thence South 89° 32' 30" East along the north line of 
said property a distance of 80 feet; thence South 2 11' 30" 
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will require some of this owner's property that is located outside of the 
dedicated street area and, in that instance, the Commission in its negotia- 
tions will have to give consideration to the moving of this property owner's 
building. After discussion, the Commission decided to pay the cost of moving 
the building belonging to this one property owner, and to require the City of 
Astoria to assume such obligation with respect to the moving of the other 
buildings inasmuch as the Commission feels that this is a city responsibility. 
The Attorney was instructed to convey such information to the City Council. 
He was authorized to assist the city jn condemnation proceedings if such are 
necessary with respect thereto. 


The Engineer brought up for discussion the matter of constructing 
timber linings in all state highway tunnels that are unlined at the present 
time, with particular reference to the Elkton Tunnel on the Umpqua Highway 
where, he said, rocks are continually falling from the roof of the tunnel, 
endangering traffic and requiring constant maintenance by the state mainten- 
ance crew. He recommended the budgeting of a sufficient amount in next year's 
budget to pay the cost of such timber lining work. The Commission indicated 
approval of the recommendation and instructed the Engineer to bear the matter 
in mind when the 1941 budget is prepared. 


Chairman Cabell reported that in company with the State Parks Super- 
intendent he recently inspected Natal Park, a 10-acre tract of privately-owned 
timber land situate adjacent to the Nehalem Highway near Mist, Oregon, amd as- 
certained that this is a beautiful place, well suited to state park purposes, 
and would be e fine addition to the state parks system if it can be acquired 
at reasonable cost. It was his thought that the state should purchese the 
area if it can be obtained at its actual worth. Commissioner Clough concurred, 
but a definite decision was deferred pending further investigation end con- 
sultation with the owner. 


The Attorney reported that a new state law is now in effect which 
authorizes the Commission to institute condemnation proceedings to acquire 
state highway right of way through cemeteries, and suggested that it would be 
advisable to start such proceedings in connection with the acquisition of 
right of way needed for the Lower Columbia River Highway through the Fairview 
Cemetery, near Scappoose, which right of way has been the cause of delay in 
reconstructing this section of this highway. The Commission approved the sug- 
gestion and, by unanimous vote, adopted the following resolution in regard 
thereto: 


WHEREAS, the State Highway Commission is by law author- 
ized and directed to lay out, locate, designate, construct, in- 
prove and maintain a system of state highways in the State of 
Oregon, amd to acquire rights of way and to declare the necessity 
and need for the acquisition thereof, and the advantages to be 


gained thereby; and 


WHEREAS, by the provisions of Chapter 529, Oregon Laws, 
1939, the Commission is vested with authority to acquire by pur- 
chase, agreement, donation or by the exercise of the power of eminent 


6. That in connection with such effort or attempt as 
may be made with the owner of said property the said attorneys are 
hereby instructed to offer to procure an equal area of land adjoin- 
ing and contiguous to said cemetery and convey or cause the same 
to be conveyed to the owner of the land by this complaint sought 
to be appropriated in exchange for the real property sought to be 
condemned in this proceeding. 


7. The Engineer hereby is instructed in the prepara- 
tion of plans for the construction of the highway through said 
cemetery to make proper and adequate provisions for convenient 
and commodious access from the said cemetery to the highway when 
constructed over the new location and to provide for vehicular 
and/or pedestrian communication across said newly constructed 
highway between the cemetery property and the portion of said 
cemetery which will be severed or segregated by reason of the 
location of said highway. 


8, That this resolution be entered in full in the 
minutes and records of this Commission as of June 6, 1939, but 
the same shall not become effective until June 14, 1939. 


The Engineer reported on his investigation of the methods used by 
the State of Washington in controlling service club signs, as previously or- 
dered by the Commission. He said that the State of Washington provides a con- 
venient post with crossarms on the state highway right of way at the entrance 
to a city and each of the service clubs hangs thereon a standard-designed 
plaque carrying its insignia. The cost of the site, the post, and the’ cross- 
arm, he said, is borne by the State of Washington but the service clubs are 
recuired to pay the cost of their individual plaques. He gave as his thought 
thet such manner of handling this matter in the State of Oregon would not be 
satisfactory because the maintenance of signs of this kind on highway rights 
of way in this state is illegal and because it would establish o very bad 
precedent. The suggestion was made that the state furnish the signs, which 
would be uniform in character, and let the service clubs erect and meintein 
them provided they are placed within the corporete limits of the city or town. 
The suggestion was tentatively approved by the Commission. The Engineer was 
instructed *o ascertain the attitude of the state representative of each of 
the servic clubs relative thereto. 


The Attorney reported receipt of a letter from Mr. Henry Eggers, 
Corvallis, approving the plan suggested by the Commission for the construc- 
tion of his private approach road to the highwey south of Corvallis. Mr. 
Devers stated that Mr. Eggers has expressed a willingness to perform the work 
in connection with the construction of a standard approach road provided the 
state will furnish the drainage pipe. The Commission approved this arrange- 
ment and authorized the Engineer to purchase the pipe for Mr. Eggers' use. 

In this connection the Commission discussed the advisability of adopting a 


JUN21 1939 


Apes sand te etint bE —— 


ree he 


morte oe 


Fite 


East, 40 feet distant and parallel to said center line a 
distance of 260 feet to the south line of the cemetery 
property; thence North 89° 19! 30" West along the south 
line of the cemetery property a distance of 80 feet; thence 
North 2 11' 30" West, 40 feet distant and parallel to 
said center line a distance of 260 feet to the point of be- 
ginning, containing 0.48 acres. 


2. This Commission does hereby further declare that the 
above described property is necessary end is needed for highway 
purposes and the acquisition of the same will be of advantage to 
the State of Oregon for right of way purposes in order to make it 
possible for this Commission to properly locate, construct, in- 
prove and maintain the said section of said Columbia River Highway 
in accordance with standards adopted by this Commission with re- 
spect to curvature, grades, alignment, drainage and other factors 


of safety. 


3. That the State Highway Engineer be and he hereby is 
instructed and directed to properly survey the parcel of land re- 
quired for such right of way purposes and prepare proper and ade- 
quate description thereof, which description shall be employed in 
the preperation of a deed or other instruments necessary to com 
plete the acquisition of said property, or which description may 
be used in the preparation of a complaint in the event that con- 
demnation proceedings are necessary. 


4. That the boundaries of the said parcel of land, as 
defined and determined by the said survey made by the seid Highway 
Engineer, along the route or location adopted by the Highway Com- 
mission, shall be and the same hereby are adopted and the lands 
defined therein are hereby declared to be and the same are in- 
cluded within the rights of way of the said portion or portions 
of the said state highway system and hereby are declared to be 
necessary for the proper iocation, improvement, construction, and 
maintenance of the said portion or portions of the state highway 


system. 


5. That I. H. Van Winkle, Attorney General of the State 
of Oregon, and J. M. Devers, assistant Attorney General and At- 
torney for the State Highway Commission, be and they are hereby re- 
quested, authorized, and directed to attempt to agree with the ow- 
ner of said parcel of land with respect to the compensation to be 
paid for the taking of the same and the damage, if there be any, 
and in the event that no satisfactory agreement or agreements can 
be reached, then it is hereby further sesolved that the Attorney 
General of the State of Oregon and J, M. Devers, Assistant Attorney 
General and Attorney for the State Highway Commission, be and they 
hereby are requested to commence and prosecute to a final deter- 
mination such suit or action as may be necessary and appropriate 
to acquire title to the said premises and all rights therein for 


the purposes herein stated. 
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A letter was also presented from the County Court of Umatilla 
County in which the Commission was urged to adopt a program for the future in- 
provement of the first 5-mile section of the Weston-Elgin Secondary State 
Highwey easterly from Weston. The Commission indicated that the only hope 
for such project would be the financing of the same in the P.!/.A. program, 
this project already having been approved under the tentative program for 
P.WeA. funds. 


The Commission discussed briefly, but deferred definite action on 4 
suggestion from the Engineer with respect to the removal of gravel from the 
ocean beach for commercial purposes. 


The Engineer requested authority to purchase the following equip- 
ment: 


1 semi-portable scale for weighing individual axle loads, 
estimated total cost, installed, $1,035.00; 


1 electric drill, estimated cost $75.00, for use in con- 
nection with the construction ef log bridges on the Wil- 
son River Highway ; 


1 Gerlinger paving plant, estimated cost $13000.00, but 
valued at $17,600.00. 


After discussion the Commission by unanimous vote euthorized the purchase of 
such equipment. 


The Commission had under discussion a report from the State Police 
Department concerning the fatal accident that occurred on the John Day High- 
way between Vale and Jamieson in Malheur County on the night of May 30, 1939, 
when @ passenger car containing a family of five persons collided with a 
truck owned by the Bunting Tractor Company of La Grande which was being used 
to transport bulldozer equipment of a width in excess of the statutory width 
limits, resulting in the death of three members of the family. The Commis- 
sion was informed that a permit was issued to the Bunting Tractor Company to 
transport this bulldozer over state highways under certain conditions but the 
company, according to the report, did not comply with the requirements in 
that the movement was being made on a holiday, during the hours of darkness, 
and without flagmen. The Commission was also informed that this is the second 
time that equipment belonging to the Bunting Tractor Company has been in- 
volved in an accident on Oregon highways and that in each instance it so hap- 
pened that the movement was being made in violation of the provisions of the 
permit that was issued to them. Instructions were requested as to whether or 
not this company should be granted permits in the future, in view of its ap- 
parent unwillingness to comply with the provisions of its permits. The Com- 
mission decided unanimously not to grant this company any permits hereafter 
for the special use of the highways of this state and instructed the Secretary 
to so inform the company. 


The Engineer reported the award of the following contracts in accord- 


te 
A 


we 
; 


8927 


permanent policy with respect to the construction of approach roads but de- 
ferred definite action thereon for a future meeting. 


The Attorney reported receipt of a complaint that Dr. Fred Thompson, 
The Dalles, is maintaining a neon advertising sign on the right of way of the 
Columbia River Highway in front of his auto park near the west city limits of 
The Dalles, in violation of his agreement with the Commission when this sec- 
tion of the highway was built. He recalled that the relocation of the high- 
way completely changed Dr. Thompson's park setup and made necessary a new and 
rather expensive entrance to the same at a point where it was difficult to 
bring to the attention of the motoring public his park facilities and, in 
view thereof, the Commission, on April 11, 1935, granted Dr. Thompson an 
easement authorizing him to maintain a sign over the highway right of way pro- 
vided it did not extend more than 15 feet from the right of way line. He read 
aloud the provisions of the easement and in view of the provisions thereof the 
Commission instructed him to order Dre Thompson to remove the sign immediate- 


ly. 


The Engineer reported briefly the results of a traffic count that 
was taken at the intersection of the Wapinitia Highway with the Mt. Hood High- 
way between the hours of 8:00 a. m. and 4:00 p. m. on Sunday, June 4, and 
Tuesday, June 6, 1939, to determine the volume of traffic over the Mt. Hood 
Highway, which was recently opened after being closed by snow during the pest 
winter, as compared to the traffic count taken at the same location on Wednes- 
day, June 10, 1936, during the same hours. The Commission took no action on 
this report. 


The Engineer also reported on an investigation that has been made 
to determine whether or not the design of the power transmission pole line, 
that the Bonneville Power Authority proposes to construct from Portland to 
Eugene, is in conformance with good engineering practice. He said that such 
investigation and check reveals that the design fully meets the requirements 
of good engineering practice inasmuch as it provides safety factors ranging 
from 3.2 to as high as 7.3. He recommended, in view thereof, that the permit 
requested by the Bonneville authorities for the construction of extra long 
spans over and across state highway rights of way be granted. The Commission 
approved the recommendation unanimously. 


A letter was presented from Mr. W. W. Evans, Halfway, Oregon, re- 
questing the oiling, this year, of the Dry Gulch Section of the Baker- 
Homestead Highway, and the grading of the CCC Camp-Virtue Hill Section of 
this highway so that the oiling of this section can be completed during 1940. 
The Secretary was instructed to inform Mr. Evans that the Commission is not 
able to approve his request in its entirety but has the interests of this high- 
way in mind, in fact, has incluied in its tentative budget for P W.A. proj- 
ects an amount of $30,000 for resurfacing and oiling the Dry Gulch Section in 
1940, if the P.W.A. funds materialize. The Engineer suggested that this work 
could probably be financed with state funds in the event that the proposed 
P.W.A. program did not materialize. The Commission tentatively approved the 
suggestion. 


condition and that flagmen are maintained to direct traffic and that the de- 
tour is properly signed so the general traveling public will not be inconveni- 
enced more than is necessary. 


A letter was presented from Nehalem Valley Grange No. 804, Jewell, 
Oregon, protesting the delay in contracting the oiling of the Nehalem Second- 
ary Highway between Birkenfeld and Jewell. A similar letter was presented 
from Jewell Grange No. 876, Jewell, Oregon. The Secretary was instructed to 
reply that this project is in the Commission's 1939 construction program, 4 
substantial portion of which cannot be placed under contract until this fall 
because of the lack of funds with which to finance the same, Also, that 
$71,000 heretofore approved by the Commission for such project is still in- 
tact and the Commission has no intention to reallocate it to any other proj- 
ect. 


The Commission considered and ordered filed a letter from Netel 
Grange No. 410, Astoria, in which the Commission was asked to give considera- 
tion to the benefits accruing to the farm element and settlements when con- 
templating or building roads, with particular reference to the Wolf Creek 
Highway connection to Astoria. 


A letter was presented from the South Lane-North Douglas 99 High- 
way Improvement Association urging favorable consideration of its previous 
request for the construction of the Cottage Grove Section of the Pacific 
Highway. The Secretary was instructed to inform the Association that, due to 
the lack of state funds with which to match Federal Aid, the Commission has 
found it necessary to defer the contracting of a substantial portion of its 
1939 construction program until later in the fall. Also, that the Commission 
has not yet made a definite selection of projects for its 1940 funds but the 
Cottage Grove improvement is one of those being considered for such program. 


A telegram was presented from the Buckaroo Days' Committee, Klamath 
Falls, renewing its request for authority to maintain banners over and across 
The Dalles-California Highway for three blocks just outside of the city limits 
of Klamath Falls, advertising its buckaroo celebration. The Commission de- 
nied the request. 


The Engineer reported that, in accordance with authority previously 
granted by the Commission, he has ordered certain surveys since the last meet- 
ing. He submitted a list of such surveys and asked the Commission to approve 
them. After due consideration the Commission by unanimous vote authorized 
and instructed the Engineer to make such location surveys on various sections 
of the highways of this state, which said sections of highways, together with 
their identifying location survey numbers and the amounts authorized and al- 
located for such survey expenditures, are as follows: 


Plans - - - = « 9-2823 - Sisters Section, McKenzie Highway, Deschutes 
County. lst authorization - $150.00 


Quarry & Stock Pile 12-2816 - Nye Junction-Long Creek Section, Pendleton- 
John Day Hwy. 1st authorization - $500.00 


ee 


ance with authority previously granted him by the Commission, the conditions 
of the awards having been satisfied: 


Grading, surfacing and oiling of the Silver Lake-Harris 
Creek Section of the Fremont Highway, in Lake County. Bids taken 
May 18, 1939, contract awarded June 9, 1939, to E. C. Hall Company, 
the low bidder; 


Grading and peving the Roseburg-Shady Point Section of the 
Pacific Highway, in Douglas County. Bids taken May 19, 1939, con- 
tract awarded June 9, 1939, to Berke Bros., Inc., who submitted the 
low bid. 


The Commission approved the award of these contracts by unanimous vote. 


The Engineer reported receipt of a letter from Thomas H. McDonald, 
Chief of the Bureau of Public Roads, requesting his attendance at a meeting 
of the Committee on Design, American Association of State Highway Officials, 
which is to be held in Chicago on June 26 and 27, 1939. He explained that 
this trip would be entirely at government expense and inquired whether or not 
he should accept the invitation. The Commission, by unanimous vote, author- 
ized the Engineer to attend such meeting in view of the fact that his expenses 
are to be paid by the Federal Government. 


The Engineer also reported that Construction Engineer H. G. Smith 
has received an invitation to attend and deliver a paper at the 1939 Montana 
Bituminous Conference which is to be held this year at Sun Valley, Idaho, 
September 11 to 14. The Commission decided that this meeting is not of suf- 
ficient importance to justify the expense, however, authorized the prepara- 
tion of ea paper to be reed at such conference. 


The Commission confirmed out-of-state travel expense for Harold B. 
Say and Irene Payne of the Travel and Information Department who attended a 
meeting of the National Greeters' Association in Seattle, Washington, June 10 
to 13, 1939. The Commission ordered, however, that hereafter no expense shall 
be incurred for out-of-state travel unless it has been previously authorized 
by the Commission. 


The Secretary presented a letter, signed by 14 residents of the town 
of Spray, Oregon, expressing appreciation and gratitude for the recent instal- 
lation of drinking fountains at a place known as Johnny Kirk Springs, situate 
adjacent to the John Day Highway between Spray and Dayville. The Commission 
accepted the letter, with thanks, and instructed the Secretary to send an ap- 
propriate letter of acknowledgment. 


A letter was presented from the Chief of Police, Nyssa, Oregon, ad- 
vising that the city has plans for the Harvest Festival on September 8 and 9, 
1939, in connection with which they desire the use of two blocks of the state 
highway route which will necessitate the detouring of traffic over city streets 
that are in good condition. The Commission granted the request by unanimous 
vote subject to the condition that the detour is maintained in a dustless 
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Quarry - - - — 31-2815 - Union-Bidwell Hill Section, Old Oregon Trail. Union 
County. lst authorization - $200.00 
Right of Way - 33-2818 - Deschutes River Section, Columbia River Highway. 
Wasco County. lst authorization - $ 50.00 


Plans - - - - 34-2818 - Multnomah Co. Line-Tigard Sec., Pacific Highway West. 
Washington County. 4th authorization - $1,100.00 
Total to date - $4,500.00 


Location - - -136-2824 - McMinnvi]lle-Three Mile Creek Sec., Three Mile Lane 
Highway. lst authorization - $800.00 


The Engineer also reported that a number of surveys heretofore au- 
thorized by the Commission have been completed. He presented a list of such 
surveys and reported briefly on each survey listed thereon. After due con- 
sideration, the Commission approved the respective surveys as reported, and 
adopted the following resolution in regard thereto: 


WHEREAS, the State Highway Commission heretofore has 
authorized and instructed the State Highway Engineer to make sur- 
veys on certain sections or portions of the highways of the State 
of Oregon; and 


WHEREAS, pursuant to said authorization the State Highway 
Engineer has made and completed the said surveys and has filed the 
maps and plans of the said surveys in the files of the State High- 
way Commission, in Salem, Oregon; and 


WHEREAS, the maps and plans of the said surveys have been 
examined by the State Highway Commission and have been found suit- 
able in all respects for approval and adoption b, the State High- 
way Commission; 


NOW, THEREFORE, BE IT RESOLVED that the surveys herein- 
after designated and described, together with their identifying lo- 
cation map file numbers, as shown in the map filing records of the 
State Highway Commission in its Salem office, be and they are here- 
by adopted and approved as the location surveys of the various por- 
tions or sections of highway involved: 


Type of 
File No. Prefix County Survey Section Highway 
8028-1 4-2820 Clatsop Reconn. Svenson-Westport Columbia River 
5B21-1 24-2818 Marion & " Illahee School-Albany Pacific East 
Linn 

B11,9,15 26-2802 Multnomah Location Troutdale-Cascade Columbia River 
16, 17 and Locks 

5B 5-12 
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12-2817 - Mtn. Rest-Mt. Vernon Sec., Pendleton John Day and 
Beach Creek Highways. lst authorigation - $300.00 


Reconnaissance - 12-2815 - Prairie City-Baker Co. Line Sec., John Day Highway, 
Grant County. 2nd authorization - $200.00 
Total to date - $1,200.00 


Plans - - - - - 152822 - North Entrance Medford, Pacific Highway. Jackson 
County. lst authorization - $500.00 


Plans - ---- 18-2635 - Bly-E. Bndry. Indian Res. Section, Klamath Falls~- 
Lakeview Hwy. lst authorization -$1,000.00 


19-2813 - Horse Ranch Section, Fremont Highway. Lake County. 
2nd authorization - $495.00 


Test Pits - - - 19-2819 - E. Forest Bndry.-Cottonwood Creek, Klamath Falls~ 
Lakeview Hwy. lst authorization ~ $400.00 


19-2819 - E. Forest Bndry.-Cottonwood Creek, Klamath Falls- 
Lakeview Hwy. 2nd authorization - $500.00 
Total to date - $900.00 


- Lakeview Section, Fremont Highway. Leke County. 
lst authorization - $500.00 


22-2819 - So. Junct.-Lost Lake Sec., Santiam Hig) - Linn 
County. lst authorization - $150.00 


Reconnaissance - 22-2820 - Sweet Home-Foster Section, Santiam Highway. Linn 
County. lst authorization -$1, 200,00 


Right of Way - - 24-2823 - Jefferson Section, Pacific Highway East. Marion 
County. lst authorization - $ 75.00 


Reconnaissance -111-2809 - fiasco-Condon Section, Wasco-Heppner Highway. Gil- 
liam County. lst authorization - $2, 325.00 


Right of Way - - 29-2829 - Brighton Creek-W. Beaver Creek, Oregon Coast High- 
way. lst authorization - $ 50.00 


----- 130-2825 - Weston-Elgin Section, Weston-Elgin Highway. Uma- 
tilla County. lst authorization - $500.00 


30-2824 ~ Milton Section, Oregon-Washington Hwy. Umatilla 
County. 2nd authorization - $100.00 
Totel to date - $600.00 


31-2816 - Elgim-Rock Creek Section, Wallowa Highway. Union 
County. lst authorization - $300.00 


the time specified and accordingly recommended the granting of the 
extension now requested subject to the condition that the contrac- 
tor be required to reimburse the state in the amount of the total 
engineering costs incurred by the state subsequent to the date of 
completion specified in the contract. The Commission approved the 
recommendation unanimously. 


F. C. Dillard, Contract No. 2100, for clearing the Salt 
Creek Section of the Willamette Highway, in Lane County, requested 
an extension of time from December 31, 1938, to July 10, 1939, with- 
in which to complete this project. He attributed his failure to 
complete the contract within the specified time limit to bad weath- 
er conditions and particularly early snowfall, which necessitated 
closing down the work earlier than was anticipated. The Engineer 
advised that the reason given by the contractor for failure to com 
plete this job by December 31, 1938, the specified date of comple- 
tion, is correct. He recommended, in view thereof, that the ex- 
tension requested be granted without penalty. A letter was pre- 
sented from the Bureau of Public Roads concurring therein. The 
Commission approved the recommendation unanimously. 


The Engineer reported that Fisher Bros. on June 7, 1939, completed 
their contract No. 2140 for furnishing crushed rock in stock piles for the 
Crescent-Beaver liarsh Section of The Dalles-California Highway, in Klamath 
County, according to the requirements of the contract, or modifications there- 
of, and that said job is now ready for acceptance by the Commission. The fol- 
lowing resolution accepting this project was offered and was adopted by the 
Commission by unanimous vote: 


WHEREAS, the Engineer has reported that Contract No. 2140 
with Fisher Bros., for furnishing crushed rock in stock piles for 
the Crescent-Beaver Marsh Section of The Dalles-California Highway, 
was completed on June 7, 1939, according to the terms and provisions 
of the contract, and that said job is now ready for acceptance, 


THEREFORE, BE IT RESOLVED, that the work covered by said 
state highway contract No. 2140 for the construction of said state 
highway project be declared completed according to the terms of the 
contract and said job is hereby accepted and final payment in con- 
nection therewith is hereby authorized. 


The Commission set Thursday, July 27, and Thursday, August 31, 1939, 
as the dates for its regular meetings in July and August and instructed the 
Secretary to make the usual arrangements to hold these meetings in the Audi- 
torium of the Public Service Building, Portland. 


The meeting was declared adjourned at 10:45 o'clock a. m. 
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Qurvey Section Highway 


Junct.Slaven Rd. & Pacific West 
Barbour Blvd. 
Tigard Pacific West 
Oregon City Pacific East 
Salt Cr. Crossing- Willamette 
Salt Cr. Falls 
Lbivide-Oakland Pacific 
Salem-Mehama North Santiam 
Not Traced 1-2812 Flagsteff Hill- Baker~Homestead 
Middle Bridge 
8028-4 & 102-2813 Wren-Dallas-Pac.Hwy. Kings Valley & 
Junction : Dallas-Kings ¥. 


Wren-~Pedee Kings Valley . 
Ranger Se. tit a toothy Road 


5B21-18 & 10-2807 Roseburg- Kelley Pacific 
4B26-6 Corner 

8028-2 120-2825 Monroe-Anlauf Territorial 

5B22-22 26-2836 Bybee Ave.-Connect'n Pacific East 

5B22-24 127-2811 Dallas-Kings Valley Dallas-Kings 


5B11-3,4 30-2817 Umatilla Adams~Pendleton 
5B22-23 23-2816 Malheur Baker Co. Line- 
Ontario 
185-1 4-2813 Clatsop Skipanon Overcrossing Oregon Coast 
4B1l4-11 29-2802 Tillamook Clatsop Co. Line- Oregon Coast 
Nehalem 


BE IT FURTHER RESOLVED that the State Highway Engineer be 
and he hereby is authorized to make such minor changes in the said 
locations as may improve the standards of alignment and grades not 
inconsistent with the general location of the section of highway 
involved. 


The Commission had under consideration the following requests for 
extensions of time within which to complete highway construction projects: 


R. I. Stuart & Sons, Contract No. 2007, for furnishing crushed 
rock, in stock piles, for the Diamond Lake Section of the-West Dia- 
mond Lake Secondary Highway and the Crater Lake-North Secondary 
Highway, in Douglas and Jackson Counties, requested an extension of 
time to July 18, 1939, within which to complete this project sy They 
gave no reason for their failure to complete the project/within the 
specified time limit. The Engineer advised that this contract’ was 
awarded on September 14, 1937, and that the specified completion 
date was October 31, 1938. He gave as his opinion that there is no 
valid reason why the contract could not have been completed within 
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After discussion the Commission referred these projects to the Engineer tor in- 
vestigation and report. 


Dr. Fields, of Gardiner, was present and advised the Commission that 
he is landscaping his property which fronts on the Oregon Coast Highway in 
Gardiner, and needs, in connection therewith, the removal of some earth materi- 
al that is on the highway right of way. He asked the Commission to assist him 
by authorizing the removal of such material with state forces. The matter was 
referred to the Ingineer for investigation. 


Following the hearing, the Commission inspected the Oregon Coast 
Highway in Gardiner, the improvement of which is contemplated. In this con- 
nection the Engineer requested authority to conduct a preliminary survey of 
this highway north of Gardiner so as to determine the proper location for the 
ent highway in that locality with relation to the permanent highway lo- 
cation through the town. The Commission granted the request by unanimous 
vote. 


There being no others present desiring to be heard on any matter, 
Chairman Cabell declared the meeting adjourned at 11:15 o'clock a. m. 
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Portland, Oregon, June 22, 1939 


The State Highway Commission met in special session at 9:00 o'clock es 
a. m. in the Auditorium of the Public Service Building. Present were: % 
Henry F. Cabell, Chairman 4 


E. B. Aldrich, Commissioner “ 
Huron W. Clough, Commissioner oa 
R. H. Baldock, State Highway Engineer 

J. M. Devers, Attorney de 
H. B. Glaisyer, Secretary a 


Bids as follows for highway construction projects were opened and 
read in conformance with previously published notice, following which Chair- 
man Cabell announced that the award of contracts would be made at 3:00 o'clock 


p. m. in the same room: a 

BAKER-UNITY HIGHWAY & 

BAKER-GIBBS RANCH SECTION - OILING Fi, 

Norris Bros. $ 4,850.50 bee 

Babler Bros. 4,850.50 yy 
J. C. Compton 4,996.70 
McNutt Bros. 5,861.00 


yuy21 1939 @ 
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Reedsport, Oregon, June 21, 1939 


The State Highway Commission met in special session at 11:00 o'clock 
a.m. in the council chamber of the Reedsport City Hall, in accordance with 
notice previously given the Reedsport City Council, to secure expressions from 
the people of this city relative to the rerouting of the Umpqua Highway into 
and through Reedsport. Present were: 


Henry F. Cabell, Chairman 

Huron W. Clough, Commissioner 

R. H. Baldock, State Highway Engineer 
J. MU. Devers, Attorney 

H. B. Glaisyer, Secretary 


Also present were 15 local citizens, including Mayor E. G. Dunn, William A. 
Lovelace, and M. Kelley. 


Chairman Cabell called the meeting to order and explained its pur- 
pose and the lew which requires the Commission to conduct a public hearing in 
any city or town before it changes the route of a state highway into or 
+e such city or tom. The Engineer exhibited a map showing the proposed 
rerouting of the Umpqua Highway in Reedsport, and explained the engineering 
features involved. Chairman Cabell then invited the local citizens to express 
themselves either for or against the proposed change. 


Mr. Kelley stated that he owns a service station at the north end of 
Reedsport, which will be somewhat affected by the change, and inquired perticu- 
larly as to whether or not the grade of the highway would be altered to any ex- 
tent in front of his premises. He was informed that indications are that there 
would be practically no change in the existing grade line at tiis point. Mr. 
Kelley also asked for better highway drainage than now obtains and was informed 
that such matter would be properly taken care of as one of the details of con- 
struction. 


Mr. Lovelace expressed himself as being well satisfied with the 
proposed change, as did also Mayor Dunn. Mayor Dunn also asked for the 


following improvements: 


Landscaping of the area included within the wye connection of the 
Umpqua Highway and the Oregon Coast Highway, and the betterment of 
the approach of 8th Avenue to the Oregon Coast Highway by widening 
the existing fill and extending the existing culvert at such loca- 
tion. . 


He explained that the City of Reedsport wants to eliminate the unsightly con- 
ditions that exist at the wye connection, hence their request for the land- 
scaping of this area; also, that the city is spending considerable money for 
the improvement of some of its most important streets, of which Sth Avenue is , 
one, and would like for the State Highway Commission to cooperate by improv- 
ing the intersection of this particular street with the Oregon Coast Highway. 
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PACIFIC HIGHWAY EAST AND SILVERTON COUNTY ROAD 
SALEM-MIDDLE GROVE SECTION 
GRADING AND PAVING, PAVEMENT WIDENING AND RESURFACING 


J. C. Compton $ 34,958.50 
*Warren Northwest, Inc. 36,921.90 
McNutt Bros. 38,446.45 
#*Newport Construction Company 39, 820.85 
The United Contracting Company 40,935.05 


#5 5,000 to de deducted if awarded also Wheatland Junction-Salem Project 
#*$15, 100 e of " " " " " " " " 


COMBINATION BIDS 
WHEATLAND JUNCTION-SALEM AND SALEM-MIDDLE GROVE SECTIONS 


Net Total 
Both Projects 
Warren Northwest, Inc. $ 98,546.90 
J. C. Compton 100, 704.00 
Newport Construction Company 102,004.35 
COLUMBIA RIVER HIGHWAY 
SANDY BOULEVARD SECTION (44th Avenue to 74th Avenue) 
PAVEMENT WIDENING AND RESURFACING 
FEdlefsen-Weygandt Company $112,952.30 
Theo. Arenz 114,596.00 
Kern & Kibbe 115,875.30 
Porter W. Yett 116,109.40 
Parker-Schram Company 124,449.50 
HILLSBORO-CORNELIUS PASS COUNTY ROAD 
HILLSBORO AIRPORT—RAY'S RANCH SECTION 
GRADING, SURFACING, OILING 

Using Road Oil Using Ter 

McNutt Bros $18,283.50 $ 18,281.00 
Saxton, Looney & Risley ---- 19,994.00 
R. QO. Dail & Warren Bros. ah a Pt 20,507.50 


The Engineer reported receipt of a request from the Columbia Truck 
Line for the use of the state's magnet to remove nails and small pieces of 
scrap iron from a private road in Wallowa County, over which it is proposed 
to conduct log-hauling operations. He pointed out that it is contrary to the 
Commission's established policy to loan its equipment to private individuals 
because of the undesirable precedent that would be established thereby. The 
Commission decided not to deviate from this policy but authorized the loan of 
this equipment to the County Court of Wallowa County, which would not be de- 


vieting from the established policy, and the County Court could then make what- 


ever arrangements it desired with respect to the use of the equipment on the 
private road. 
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Ia HIGHWAY 


THE 
THIRD STREET UNDERCROSSING IN THE CITY OF BEND 


Birkemeier & Saremal 
Cc. J. Montag & Sons 
Parker-Schram Company 
Mcitutt Bros. 
Cc. J. Eldon 


WILLIAMS SECONDARY HIGHWAY 


$116,577.00 


123,915.25 
129,169.75 
135,406.00 
140, 817.00 


PROVOLT-WILLIAMS SECTION - GRADING, SURFACING, OILING, CRUSHED GRAVEL 


Newport Construction Company 
R. I. Stuart & Sons 

A. S. Wallace 

McNutt Bros. 

Clifford A. Dunn 

E. C. Hall Company 


ILLINOIS VALLEY COUNTY ROAD 
BRIDGE OVER EAST FORK ILLINOIS RIVER 


J. F. Johnston 

Tom Lillebo 

Fred Fredenburg 

McNutt Bros. 

Contracting & Sales Company 
Clifford A. Dunn 

Scheumann & Johnson 

Cc. J. Eldon 


SANTIAM HIGHWAY 
SANTIAM JUNCTION MAINTENANCE STATION 


Odom Construction Company 

Tom Lillebo 

Viesko & Hannaman 

Frank Watt Construction Company 
Hart Building Company 


McNutt Bros. 

Barham Bros. 
NORTH RIVER ROAD (COUNTY ROAD) 
WHEATLAND JUNCTION-SALEM SECTION 

GRADING AND PAVING 

J. C. Compton 

Warren Northwest, Inc. 

McNutt Bros. 


The United Contracting Company 
Newport Construction Company 
Roy L. Houck 


46, 740.00 


$ 12,928.00 
13,373.00 
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County Judge Nelson B. Higgs, of Harney County, also endorsed this 
project from the standpoint of securing reductions in the price of gasoline 
for the benefit of the people of his county. 


Chairman Cabell thanked the delegation for its appearance and ad- 
vised that the Commission realizes the value of the open river and hopes 
that it will develop as anticipated. However, as to the building of a new 
highway between Umatilla and Hermiston, the Commission is of the opinion that 
it should defer such project until traffic develops; otherwise, the cost of 

: constructing an entirely new highway could not be justified. He also point- 
ed out that the Commission has plans for the construction of 4 cutoff between 
Stanfield and Boardman which will reduce the highway distance between these 
points several miles, and, when constructed, will take away from the present 
road between Hermiston and Umatilla a large percentage of the traffic that 
now uses this road and in all probability will reduce greatly the volume of 
traffic over the grade crossing in Hermiston. In view of this situation, he 
added, the Commission believes that it should wait and see if traffic to the 
Port of Umatilla develops to the exten’ it is anticipated. This concluded 
the conference. 


William Baer, County Commissioner of Deschutes County, came before the Commis- 

sion in regard to the construction of the forest highway section of the Cen- 

tury Drive Secondary Highway between Bend and Elk Lake. Also present were ¢ 

Mesars. Lyle F. Watts, Regional Forester, and James Frankland, Regional Ingi- 
¥ 


Mr. Don Peoples, Secretary of the Bend Chamber of Commerce, and Mr. é 
Ps 


neer, representing the U. S. Forest Service; W. H. Lynch, District Engineer, 
H. D. Farmer, Senior Highway Engineer, and T. M. Davis, Highway Engineer, rep- 
resenting the Bureau of Public Roads. 


Mr. Peoples gave as his understanding that the Highway Commission 3 
and the government agencies have under contemplation the construction of a 
light-oil treatment on the existing road between Bend and Elk Lake rather than 
a standard improvement, as was originally planned, and advised that their ob- 
ject in appearing before the Commission at this time is to enter a protest 
against such type of improvement because they feel that the road is of suffi- 
cient importance to justify a higher type of construction, and that they are 
entitled to more consideration than has been given them. He admitted that 
probably the traffic that uses the road would not justify the construction 
that was originally contemplated, but asked for a better improvement than 
simply the oiling of the present road. He said that the south portion of the 
Century Drive Loop Road is good up to Elk Lake and the northerly end is good 
from Bend to the forest boundary, but the balance is poorly aligned, narrow, 
and dusty and all that they are asking for is that this portion be improved to 
compare favorably with the balance of the road. 


The Engineer estimated that it would cost more than one million dol- 
lars to construct this entire road, which is about 40 mjles long, to proper 
standards; and that to grade, surface, and oil the 20-mile section between 
Bend and Elk Lake would cost approximately $640,000 for a high-type improve- 
ment. He estimated the cost to construct this 20-mile section with maximum 
8-per cent grades, 20-degree curves, 20-foot roadbed, and an oil surface 12 
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A delegation from Umatilla County, consisting of County Judge Carl 
W. Chambers and County Commissioners Wm. P. Meiners and Bill Switzler; Stete 
Representative Carl Engdahl; Roy Ritner, Mayor F. C. McKenzie of Hermiston, 
and a Mr. Dodd of Hermiston; also, County Judge Nelson B. Higgs of Harney 
County, came before the Commission in regard to the reconstruction of the Old 
Oregon Trail between Hermiston and Umatilla so as to eliminate existing rail- 
road grade crossings. Judge Chambers headed the group and introduced the 


speakers. 


Mr. Engdahl presented the principal arguments on behalf of this 
project. He advised that the town of Umatilla has become a place of consider- 
able importance since the construction of bonneville Dam and that a good deal 
of development work is now being Carried an there, particularly by some of the 
large oil companies, which recognize this town as 4 desirable center for the 
distribution of their products into Eastern Oregon and Wasinington, as is evi- 
denced by the fact that they are now constructing large storage facilities 
for gasoline and oil products which they believe they can barge up the Colun- 
bia River from Portland end distribute from Umatilla munh more cheaply than 
by the method now used. Similar savings in freight expense, he said, will ac- 
crue to wheat haulers when their plans for the handling of wheat at the dock, 
in Umatilla, have been completed; but, in order to realize the full benefit 
of river transportation, the wheat haulers as well as the oil companies will 
need much better highway facilities than now exist. He urged particularly 
the straightening of the highway and the elimination of the railroad grade 
crossings, especially the one at Hermiston. 


Mr. Ritner declared that the Port of Umatilla is the seaport for 
the entire eastern part of the state. He advised that one boat line is now 
operating between Portland and Umatilla and that another is to start soon; 
also, that the people of this district feel that they are entitled to a good 
road leading to this port, particularly because of the savings that will ac- 
crue by reason of reduction in freight rates in the shipping in of gasoline 
products and the trucking out of wheat. Mayor McKenzie exhibited a map of 
the town of Hermiston on which was shown the route of the proposed highway 
passing through this tom, which route commences at a point on the present 
highway about one-fourth mile south of Hermiston and extends thence northerly 
to First Street, following along First Street to the northerly city limits and 
thence to the town of Umatilla. He pointed out that such route would elimin- 
ate 5 railroad grade crossings between Hermiston and Umatilla and would re- 
duce by 75 per cent the volume of traffic that now crosses the railroad tracks 
in the town of Hermiston, where accidents frequently occur. 


Mr. Dodd endorsed the remarks of the other speakers and added that 
the present road between Hermiston and Umatilla is in an unsatisfactory condi- 
tion and will not stand up long under the heavy loads of wheat, gasoline, and 
other products that are being transported over it. le exhibited pictures of 
gasoline trucks that are now being operated out of the town of Umatilla, and 
declared that a good road between Umatilla and Hermiston will be of great 
help in securing the Umatilla port. County Commissioner Switzler also spoke 
in favor of this project. He declared that approximately 40 gasoline tank 
trucks operate over this road each night and that the present road cannot be 
expected to stand up under such heavy traffic. 
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County; County Judge Harland M. Woods and County Commissioner E. H. Lindsey, 
Sam G. Reed, John Aschim, W. F. Nichols, Claude Barrick,-George D. Riechers, 
and J. C. Rogers, all of Tillamook County; Harold Hickerson, Henry Kern, J. E. 
Norton, Lafe Compton, Ben Chandler, and John Ferguson, all of Coos County; 
County Judge A. H. Boice, Roy Carter, M. E. Kelly, Jay Moetyner, Frank Seale, 
and Dr. D. E. Baird, all of Curry County; County Judge Clinton Hurd and County 
Engineer P. M. Morse, also Earl Hill, of Lane County; and County Judge Franklin 
E. Gilkey, of Lincoln County. 


Mr. Sanders headed the group and introduced the speakers. He men- 
tioned four projects which, he declared, are the most pressing needs of the 
Oregon Coast Highway, and advised that this 4-point program, which follows, 
has been agreed to unanimously by representatives of the seven counties along 
the coast: 


1. Complete and oil the highway around Neahkahnie Mountain, in me | 
Tillamook County, and construct a lining in Arch Cape Tunnel. a | 


2. Adopt a definite location for the Oregon Coast Highway between - 
Newport and Otter Roc, in Lincoln County, as a guide to the 
people of this district in the development of their holdings. 


=r 
a, 


3. Commence the reconstruction of this highway between North | 
Bend and Coquille, starting at any place that the Commission 1 
thinks best. 


4. Reconstruct the highway from the north edge of Port Orford 
to Mussel Creek, a distance of 15 miles, by eliminating curves 
and making other necessary improvements; also, reconstruct 
the section just south of the Rogue River Bridge at Gold Beach. 


Mr. Sanders then called upon the other members of the delegation to express 
their views. 


County Judge Guy Boyington, of Clatsop County, endorsed project No. 
1, particularly urging the completion of the highway between Neahkahnie Moun- 
tain and Cannon Beach. He strongly urged this work in 1940 and asserted that 
Clatsop County is entitled to this improvement because it has fulfilled its 
obligation to the state with respect to this road. 


County Judge Harland M. Woods, of Tillamook County, also endorsed 
project No. 1. At his request County Commissioner E. H. Lindsey, also of Til- 
lamook County, made a further statement. Mr. Lindsey predicted a large in- 1 
crease in the volume of traffic over the Oregon Coast Highway upon completion i i 
of the Wolf Greek Highway and the Wilson River Highway, which, he said, will 
emphasize the need for the early improvement and the elimination of the pres- 
ent "bottle neck" on the Oregon Coast Highway netween Seaside and Wheeler. 
County Judge Franklin E. Gilkey, of Lincoln County, urged the Commission to 
acopt ea definite permanent location for the Oregon Coast Highway between New- 
pert and Otter Rock so that the people can develop their properties in accord- 
ance therewith. 


feet wide, at $200,000. After considerable discussion, Mr. Peoples indicat- 
ed that such type of improvement would meet with their approval. A definite 
decision on this matter was deferred by the Commission until the next meeting. 
It was agreed that the Commission in the meantime would make an inspection of 
the road so as to get first-hand information regarding it. 


Mr. Peoples then inquired as to the status of the Warm Springs Sec- 
ondary Highway construction. He was informed that the Commission's construc- 
tion program contains an item of $25,000 of 1939 federal lands funds and 
$30,000 of state funds for expenditure on this road in the vicinity of Warm 
Springs Creek, including a bridge over this stream, and that the contract for 
this project will probably be awarded by the Commission this fall. He was 
further informed that the Commission has found it necessary to allocate all 
of the 1940 federal lands moneys to the 1.0.N. Secondary Highway in order to 
complete this highway across the State of Oregon, in view of which the next 
moneys available for allocation to the Warm Springs Highway will be the 1941 
federal lands funds, a program for which will probably be arranged in the fall 
of 1940. 


Commissioner Baer asked the Commission to furnish engineering ser- 
vice in connection with the removal of a rock point on the Cline Falls Second- 
ary Highway just north of the town of Tumalo. He said that this improvement 
is quite necessary in order to improve sight distance and if the state could 
furnish the required supervision the county would remove this rock point at 
county expense. The Commission approved the request by unanimous vote. 


Mr. W. H. Lynch, District Engineer, Bureau of Public Roads, was 
present and discussed with the Commission matters pertaining to the forest 
highway section of the Weston-Elgin Secondary State Highway, in Umatilla Coun- 
ty. He pointed out that the forest highway program calls for an expenditure 
of $45,000 for the oiling of this section, but investigations reveal that such 
sum is insufficient to finance the work, due to the fact that there is consid- 
erable grading work to be done in connection therewith; so, unless additional 
funds from some other source can be provided, it will be necessary to con- 
struct a low type of improvement. He estimated that a satisfactory project, 
consisting of an 18-foot roadway, surfacing 8 inches thick, and a light-oil 
treatment would cost approximately $55,000, or $10,000 more than the budgeted 
amount. After a lengthy discussion, the Commission by unanimous vote approved 
an expenditure of $10,000 of state funds to make up this deficit, if necessary. 


The Commission adjourned at 12:00 o'clock noon and reconvened at 
2:00 o'clock p. m. in the same room with all Commissioners present and partici- 
pating. Also present were the State Highway Engineer, the Attorney, and the 
Secretary. 


A delegation representing the Oregon Coast Highway Association and 
consisting of the following members came before the Commission and presented 
a wnified program for 1940 activities along the Oregon Coast Highway: Mr. A. 
B. Sanders, Secretary of the Association; County Judge Guy Boyington and Coun- 
ty Commissioners John Slotte and Janes Elliott, of Clatsop County; Tom Cunning, 
Guy Hickok, Fred Ransom, G. C. Barlow, and F. G. Mauser, all from Clatsop 
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A delegation from Clatsop County, consisting of County Judge Guy 
Boyington and County Commissioners James Elliott and John Slotte; Tom Cunning, | 
Secretary of the Astoria Chamber of Commerce; G. Clifford Barlow, Guy N. Hick- 
ok, Fred Ransom, and F. G. Mauser, appeared before the Commission in regard to 
the proposed road between Elsie and Fish Hawk Falls, connecting the Wolf Creek 
Highway and the Nehalem Secondary Highway, as a shortcut road from Portland 
to Astoria. Mr. Barlow headed the group. 


He advised that the members of the Astoria Chamber of Commerce are 
unanimously in favor of the location recommended in the report of the state's 
locating engineer, J. F. Waller, and urged the Commission to adopt such route 
as the permanent location for this road. He alleged that when the former High- 
way Commission adopted the Wolf Creek Highway location there was a mutual un- 
derstanding that "when the Wolf Creek Highway was completed first considera- 
tion would be given to the construction of a connecting road between Elsie and 
Fish Hawk Falls", and the purpose of their meeting with the Commission now 
is simply to remind the Commission of this understanding and to urge the con- 
struction of this connecting road as quickly as possible, financing the same 
as a W.P.A. project, or otherwise. 


Judge Boyington gave as his belief that the matter of constructing 
this proposed cutoff was settled at the time that the Wolf Creek Highway was 
placed on the state highway system. He recalled the meeting of the Highway 
Commission in the Multnomah Hotel, Portland, several years ago, when "Port- at - 
land's short road to the sea" was discussed and arguments were presented in v 
behalf of two alternate routes, and advised that at such meeting Mr. Merle 
Chessman, Astoria, spoke in favor of the Wolf Creek route and asserted that 
the people of Astoria would be satisfied with such route if the Commission also 
approved a connecting road from Fish Hawk Falls to Elsie. He declared that the 
Commission at that time committed itself to the construction of such connecting 
road, as is evidenced by the fact that this road was shown on all of the maps 
that were prepared at that time as exhibits in connection with that controversy. 
Judge Boyington endorsed the method of financing the project as suggested by 
Mr. Barlow and advised that he has been informed by W.P.A. officials that when 
the Wolf Creek Highway is completed some other project must be started in or- 
der to take care of W.P.A. labor that has been employed on the Wolf Creek road. 
However, he said, the delegation is not asking the Commission to build the road 
immediately but is simply asking that the route be adopted and a definite loca- 
tion surveyed so that the right of way can be secured. 


Chairman Cabell advised that he was not a member of the Highway Com- 
mission when the Wolf Creek Highway was placed on the state system, so he is 
not familiar with the arguments presented at that-time, but it would be logi- 
cal to assume that the Elsie-Fish Hawk Falls cutoff was considered, although 
it is his understanding that no definite commitment was made in regard thereto. : 
He further advised that, in his opinion, the Commission uust finish the Wolf 4 
Creek Highway before it undertakes another project, so the prospects of early e 
construction of the Elsie-Fish Hawk Falls Section are not very promising, al- 
though the Commission will be pleased to bear it in mind in the formulation of 
future highway programs. 
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County Judge Clinton Hurd, of Lane County, spoke in favor of the 
early reconstruction of the Curry County Section of this highway, particular- 
ly the elimination of curves south of Port Orford. At this juncture Mr. San- 
ders read aloud and filed with the Commission a resolution adopted by the 
Reedsport Chamber of Commerce heartily endorsing the 4-point program present- 
ed at this meeting. Mr. J. E. Norton, of Coquille, endorsed the entire pro- 
gram in behalf of the Coos County Court. He advised that Coos County is be- 
hind this program 100 per cent and urged particularly a start on project No. 
po the reconstruction of the highway between North Bend and Coquille. 


/ County Judge A. H. Boice, of Curry County, urged the elimination of 
curves on the highway south of Port Orford, and improvements at Gold Beach 
and Port Orford. 


Mr. Sanders concluded their presentation by offering the services 
of the Oregon Coast Highway Association in any way possible to bring about 
the construction of this program. 


Chairman Cabell advised, on behalf of the Commission, that the Com- 
mission is very glad to know just what the peeple of the coast counties desire 
with respect to highway construction and that all of the counties are in agree- 
ment with respect to the various projects. He expressed the Commission's ap- 
preciation for the spirit of cooperation shown by the members of the Associa~ 
tion and advised that the Commission will give due consideration to each proj- 
ect in the formulation of future construction programs. i“ 


a 


A delegation from Linn County, consisting of County Judge J. J. Bar- 
rett, County Commissioner H. A. Renninger, Honorable Samuel Gerland of Leban- 
on, and County Commissioner W. H. Malone of Benton County, came before the 
Commission with regard to a privately-owned park at Cascadia. They urged the 
Commission to acquire this property for state park purposes and advised that 
it consists of some 200 acres of land, about 20 acres of which is in camp 
ground, and on which there is a stand of approximately 4,000,000 feet of 
first class timber. They also advised that the park contains a mineral spring 
as well as a good supply of water for domestic purposes; that numerous trails 
have been constructed throughout the area providing easy access to a number 
of waterfalls and sightseeing points. 


Senator Garland presented the principal arguments. He advised that 
the park is owned by a Mr. Giesendorfer, who is an elderly gentleman and heavi- 
ly in debt, there being a %12,000 mortgage against this park. He further ad- 
vised that the park can be purchased from Mr. Giesendorfer for approximately 
$15,000 but the state will heave to pay considerably more than that in the 
event the mortgagee forecloses, which, indications are, he will do shortly. 
He asked the Commission to make a thorough investigation of the park and to 
purchase the same as soon as possible, in the event it is found desirable and 
the state can finance it, so they can dedicate it at the same time that the 
Santiam Highway is opened and dedicated this fall. Senator Garland's remarks 
were endorsed by the other members of the delegation. The Commission ordered 
an investigation of the property and advised the delegation that its decision 
would be rendered as soon as possible. 
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the road. If the cost of construction, he said, is small, then probably the 
logical thing to do would be to build it, but if the cost is great, then there 
is @ question whether the Commission would be justified in going ahead with 
the work. He added that the Commission is without definite cost figures at 
this time, so cannot make a decision, but will discuss it 4s soon as figures 
are available. The Engineer was thereupon instructed to render a cost report 
on this project at the next meeting. 


At 3:30 o'clock p. m. the Engineer announced the following awards of 
contracts, bids for which were received at the morning session, such awards 
having been previously approved by the Commission by unanimous vote: 


"Baker-Biggs Ranch Section of the Baker-Unity Highway, in Baker 
County. 6.07 miles oiling. The Commission received 4 bids for this 
project, two of which were identical, being those of Norris Bros., 
Burlington, Washington, and Babler Bros., Portland, each in the sum 
of $4,850.50. Inasmuch as this was the lowest amount bid, the Com- 
mission has decided to select the successful bidder by lot." (Rep- 
resentatives of Norris Bros. and Babler Bros. were then called to 
the rostrum and a drawing was made in their presence. The name 
dram was that of Norris Bros., and, by arrangement, such contrac- 
tor was declared to be the successful bidder. The Engineer there- 
upon announced the results of the drawing and declared Norris bros. 
the successful bidders for this project.) 


"Third Street Undercrossing on The Dalles-California Highway 
in the city of Bend, Deschutes County. Reinforced concrete and 
structural steel undercrossing structure, and grading, surfacing, 
and oiling approaches thereto. Birkemeier & Saremal, Milwaukie, 
submitted the low bid of $116,577.00. The next low bid was submit- 
ted by C. J. Montag & Sons, Portland, at $123,915.25. There were 3 
higher bidders. The Commission awards this contract to the Low bid- 
ders, Birkemeier & Saremal, at their bid of $116,577.00. 


"Provolt-Williams Section of the Williams Secondary Highway, in 
Josephine County. 5.82 miles grading and 6.49 miles surfacing and 
oiling; also furnish 2,300 cu. yds, crushed gravel in stock piles. 
The low bid for this project was that of Newport Construction Com- 
pany, Portland, in the amount of 932,999.99. The next low bid was 
that of R. I. Stuart & Sons, Medford, at $33,722.50. There were 4 
higher bidders. The Commission awards this contract to Newport Con- 
struction Company at its low bid of $32,999.99. 


"Bridge over East Fork Illinois River on the Illinois Valley 
County Road, in Josephine County. 60-foot I-beam span on concrete 
pier. J. F. Johnston of Newberg submitted the low bid of $12,928.00 
for this project. Tom Lillebo of Reedsport submitted the second-low 
bid of $13,373.00. There were 6 higher bidders. The Commission has 
referred all bids received on this job to the Engineer with power to 
award the contract to the low bidder, J. Ff. Joimston, when certain 
conditions have been fulfilled. 


Mr. C. T. Gates, Portland, came before the Commission in regard to 
his property in Oregon City which is needed by the state in connection with 
the construction of the new highway in this tom. Mr. Gates's property is 
situate at the northwest corner of the intersection of Main Street with Fifth 
Street and is needed in order to provide standard width highway right of way 
along Fifth Street, and it appears that the Commission's Right of Way Depart- 
ment has not been successful in reaching a satisfactory settlement with him 
for this property. Mr. Gates said that this property represents his life sav- 
ings and is the only wteans he has of providing a "meal ticket"; that his pres- 
ent tenant pays $90 per month rent, and that he has an offer from a prospec- 
tive tenant who will pay him $100 per month rental and will also pay for all 
repairs that are needed for his accommodation. He said that he absolutely 
does not wish to dispose of his property, but, if he is forced to do so, he 
will not take less than $13,500 for the same. He suggested, as a compromise 
settlement, that the state take off 3 feet from the sidewalk along Fifth 
Street, which, he thought, would provide a roadway width that would meet the 
Commission's standards, and advised that he would much prefer the 
of the sidewalk to the disposal of his holdings. He agreed to offer no objec- 
tion to such narrowing of the sidewalk if the Commission would let him keep 
his property and would remove a certain telephone pole opposite his building. 
After considerable discussion, the Commission advised Mr. Gates that his prop- 
osition would be taken under advisement and a decision rendered after further 
investigation and report by the Right of Way Department and the Chief Engineer. 


A delegation from Lane County, consisting of County Judge Clinton 
Hurd, County Engineer P. M. Morse, and Honorable Earl Hill, Cushman, came be- 
fore the Commission at this time in regard to the improvement of the Siuslaw 
Highway in the vicinity of Cheshire and Triangle Lak:. They alleged that the 
present road is very crooked, narrow, and contains steep grades and, in gener~ 
al, is far below the standard that is required for the volume of traffic that 
passes over it, particularly in the Lake Creek district. Judge Hurd advised 
that there are about ten billion board feet of standing timber in this dis- 
trict, consisting principally of fir, that must be trucked to market over this 
road, inasmuch as there is absolutely no other way for it to be taken out, 
and the need for the improvement of this highway is imperative. He urged the 
Commission to authorize a survey of this section to determine the cost of con- 
gy seer and to rebuild the section at the earliest possible time if that 
is feasible. 


Mr. Hill endorsed the remarks of Judge Hurd. He also pointed out 
that the improvement of the Siuslaw Highway by the elimination of curves will 
reduce the mileage from Coquille to Portland considerably, making the Siuslaw 
road comparable to other routes in that respect. He also pointed out that it 
will be many years before the so-called "Route F" Highway between Eugene and 
Florence is completed, and, in the meantime, it is imperative that improve- 
ments be made on the present Siuslew Highway, especially on account of the 
logs that have to be trucked over it, and to eliminate the hazard of such op- 
erations under present conditions. 


Chairman Cabell expressed a sympathetic attitude with respect to the 
marketing of the timber but questioned the economics of the reconstruction of 
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submit a bid based on the use of road oil. There was only 1 higher 
bidder. The Commission awards this contract to McNutt Bros.at their 
low bid of $18,281.00, based on the use of tar. 


The School Board of the town of Manning, represented by C. P. Tolke, 
J. E. Hiatt, George Saxton, and Bruce F. McCann, Clerk of the Board, was pres- 
ent in regard to settlement for right of way that is needed for the Wolf Creek 
Highway at Manning, involving the moving and re-establishment of the Manning 
School. The Assistant Attorney explained that the Commission several months 
ago authorized the moving and re-establishment of this school building on @ 
site located across the highway from its present location, but the site select- 
ed did not meet with the approval of the school board so an alternate site was 
selected which also did not meet with the approval of all of the members of 
the Board, in view of which it was thought best to present the problem to the 
Commission again, He recited details of the original plan which included the 
moving of the present building to a new site across the highway, the making of 
necessary repairs, new water and sewer connections, et cetera, and provided an 
allowance of 5 per cent of the cost of re-establishing the building to pay the 
expense of supervising the work. 


Mr. Hiatt gave as his thought that the 5 per cent allowance for su- 
pervision is not enough and requested 7 per cent allowance for such purpese, 
advising that, in his opinion, it would cost the district that amount even if 
the work consisted of only moving and repairing the present building. Mr. 
Saxton stated that he objected to the original site because it was in low 
ground in close proximity to a slough and that he objected to the alternate 
site because it is so far removed from the center of their school district. 


The question also arose as to what dispositian the Commission in- 
tends to make of that portion of the present school site that is not required 
for right of way. The members of the School Board expressed their disapproval 
of the use of such property for commercial purposes. They were informed that 
the Commission has no intention of commercializing this extra land, and, if 
necessary, would approve the insertion of a clause in the deed to that effect. 
After considerable discussion the Commission referred this matter back to the 
Attorney for further study. He was authorized by the Commission to assist the 
School Board in condeming a satisfactory site should that be necessary. 


Mr. Saxton then mentioned a versonal matter. He advised that the 
Wolf Creek Highway is to be constructed across his land in a location that 
will result in some of his buildings being on one side of the highway and some 
on the opposite side. Further, that the highway will be in a 13-foot cut at 
such point. He said that he would like to have all of his buildings on one 
side of the highway, but, in order to do so, considerable material will have 
to be removed. He offered to give this material to the state for use in con- 
structing the highway embankment nearby if the state wants it, which would fa- 
cilitate the preparation of the new site for his buildings. The Commission 
referred this matter to the Ingineer for investigation. 


At 4:30 o'clock p. m. the Commission adjourned to Room 210, Congress 
Hotel, for the consideration of routine matters, all Commissioners being 
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"gSantiam Junction Maintenance Station on the Santiam Highway, 
in Linn County. Construction of two frame dwellings and one frame 
maintenance building, with gas pumps, tanks, and canopy. The low 
bid received for this project is that of Odom Construction Company, 
Oregon City, in the amount of $26,117.00. The next low bid is that 
of Tom Lillebo, Reedsport, in the amount of $26,558.50. There were 
5 higher bidders. The Commission awards this contract to Odom Con- 
struction Company at its low bid of $26,117.00. 


"Salem-Middle Grove Section of the Pacific Highway Bast and 
Silverton County Road. 0.3 mile grading and paving and 2.5 miles 
pavement widening and resurfacing. The apparent low bidder on this 
job was J. C. Compton, of McMinnville, with his bid of $34,958.50, 
and Warren Northwest, Inc., Portland, second-low, with their bid of 
$36,921.90. There were 3 higher bidders. However, both of these 
contractors also bid on the Wheatland Junction-Salem Section, which 
bids have a bearing on the award of this job. Therefore, I will 
read the bids on that job also at this time. 


“Wheatland Junction-Salem Section of the North River County 
Road, in Marion County. 1.2 miles grading and paving and 2.8 miles 
pavement widening and resurfacing. The apparent low bidder on this 
job was J. C. Compton with his bid of $65,745.50. The second-low 
bidder was Warren Northwest, Inc., Portland, at $66,625.00. However, 
in the combination bid on this job and the Salem-Middle Grove proj- 
ect, Warren Northwest agreed to deduct $5,000 from the total amount 
bid for the two jobs if awarded both contracts, which leaves 
$98,546.90 as the net total of their combination bid on both jobs. 

J. C. Compton made no reduction for the award of both jobs, which 
leaves him the second-low bidder on the combination with a net total 
of $100,704.00 for the two projects. There were 4 higher bidders on 
the Wheatland Junction-Salem Section. The Commission awards the con- 
tracts for both these jobs on the basis of the low combination, and 
therefore both contracts are awarded to Warren Northwest, Inc., who 
submitted the low combination bid of $98,546.90 for the two jobs. 


"Sandy Boulevard Section (44th Avenue to 74th Avenue Unit) of 
the Columbia River Highway, in Multnomah County. 1.72 miles pave- 
ment widening and resurfacing. Edlefsen-Weygandt Company, Portland, 
submitted the low bid of $112,952.30 for this project. Theodore 
Arenz, Portland, submitted the second-low bid at $114,596.00. There 
were 3 higher bidders. The Commission has referred all bids re- 
ceived on this project to the Engineer with power to award the con- 
tract to the low bidder when certain conditions have been fulfilled. 


"Hillsboro Airport-Ray's Ranch Section of the Hillsboro-Cornelius 
Pass County Road, in Washington County. 1.0 mile grading, surfacing, 
and oiling. The low bid received for this project was that of McNutt 
Bros., Eugene, at $18,283.50, using road oi}, and $18,281.00, using 
tar. The second-low bid was that of Saxton, Looney & Risley, Oak 
Grove, at $19,994.00, based on the use of tar. This firu did not 
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material sites, or sites for the storage of materials, as hereinaft- 
er more definitely set forth; and 


WHEREAS, as a result of negotiations carried on with the 
owmers of the property required, options have been obtained, which 
options have been considered by the Commission, outlining the bases 
of settlement which have been agreed upon; and 


WHEREAS, it is the judgment of the Commission that the 
said options should be approved and accepted, and/or the said re- 
ports be declared acceptable to the State Highway Commission as 
bases of settlement for the properties involved, and that the ac- 
quisition of the properties should be completed; 


NOW, THEREFORE, BE IT RESOLVED that the several offers, eas. 
or bases of settlement hereinafter enumerated be, and the same here- a 
by are, approved and accepted, and that the Attorney for the State i. Fl 
Highway Commission be, and he hereby is instructed to complete the . 
acquisition of the ssid properties and to take title thereto in the a 
name of the State of Oregon, The said properties hereby ordered 
and authorized to be acquired are as follows: 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


War: te) - Columbia River Highwa 

6917-Honeyman, James D. 0.71 $200 per a, plus $80 McChesney 
Maning-Devies Section — Holt tresk Hihety 

7039-Benefiel, Mary E. W 2.0 $100 per a. McChesney 
Wa e C tion - ific Highway East 

7073-Clackamas County Easement 36 sq.ft. Gratis Parker 


B 
hristensen, Julius $1.00 per a. + $240 Parker 


tS] - Hign W 

6918-Zednick, Jo W ©: 1400 sq.ft. 4.6434 sq.ft. Collins 
6919-Kachel, Kunigunda 0 396 " " 3¢ sq.ft. + $48.12 + 

moving bldg. (est. 

at $450) ' 
6922-Heffron, Georgia F. " 0.26 $1,000 per a. " 
6923-Job, Louise " 34945 sq.ft. 4f sq.ft. " 
6924-Foley, Jos. D. Estate " 5000 " " 8d sq.ft. + $600 " 
6925-Ochs, Peter sd 1400 " " df sq.ft. + $144 + 

moving bldgs, (est. 

at $800) " 
6926-Tigard, H. B. " 9996 “ " $800 Lump Sum " 
€927-Tigard, H. B. " 3496 “ " $0.0572 sq.ft. " 
6928-Tigard, H. B. " 585 " " Sd sq.ft. + $73.20 " 
6929-Chilson, Clarence L. " 325 " " Ad sq.ft. + $7.50 " 


JUN22 1939 


at > he 


8949 


present and participating. Also present were the State Highway Engineer, the 
Attorney, and the Secretary. 


County Judge A. R. Bowman, of Crook County, was present in regard to 
the reconstruction of the Ochocoand Warm Springs Highways in Prineville in 
connection with which the Commission held a public hearing in Prineville on 
May 17. He urged the Commission to at least acquire the right of way for this 
proposed improvement, which he thought could be purchased now for considerably 
less than later on. He particularly urged the acquisition of right of way be- 
tween the civic center and the Crooked River bridge, a short distance west of 
the city limits. The Commission instructed the Attorney to secure options 
for such right of way as soon as he can spare a man for the purpose. 


The Attorney reported on the investigations conducted by him rela- 
tive to the acquisition of right of way across the Knapp property at Port Or- 
ford. He said that the state will need about 20 acres of Mr. Knapp's land, 
for which he is asking the sum of $824, which is at the rate of $40 per acre. 
He explained that this matter has come up at this time because Mr. Knapp pro- 
poses to subdivide the property and is desirous of platting his land in con- 
formance with the proposed highway. Chairman Cabell pointed out that the Com- 
mission does not have funds available to build this section now, although it 
will probably be one of the first projects to come up for construction in the 
near future. In view of the circumstances, the Commission by unanimous vote 
authorized and instructed the Attorney to secure an option from Mr. Knapp for 
this right of way. 


The Engineer brought up for discussion the matter of the selection 
of an advertising agency to handle publicity matters during the ensuing year, 
in connection with the Commission's Travel and Information Department. He 
pointed out that this matter should be decided upon soon because whatever com- 
pany is given the business will need all of the time possible between now and 
the first of the year for the preparation of material for its campaign. The 
Commission discussed this matter at considerable length but deferred action 
thereon pending a recommendation from the Advisory Committee on Publicity mat- 
ters, which committee expects to meet soon, 


The Assistant Attorney rendered a brief report on the 1939 right of 
way budget. He advised that the Commission approved an expenditure of $550,000 
during 1939 for right of way purposes and that up to the present time $283,000 
has been obligated. The Commission took no action on this report. 


The Attorney requested authority to acquire certain parcels of real 
pro that are needed for various highway improvenents throughout the state. 
He eubmitted a list of such properties, together with prices that he recom- 
mended be paid for each. After careful consideration, the Commission approved 
the request and by unanimous vote adopted the following resolution in regard 
thereto: 


WHEREAS, in connection with the further improvement of the 
highways hereinafter designated, it is and has been necessary to ac- 
quire property for right of way, quarry sites, gravel or other 


Section, Hwy., and Owner Purpose 
7040-Schubring, A. and 

W. G. Biederman R/W 
7058Moore, 0. L. " 


6669-Chapman, Lenora M. Estate " 


le = - 0 
4117-Struble, George 
4108-Struble, George " 
7072-Langman, Jas. D. " 

VO G) - W 

84,9~Platinum Gold Corp. 
6847-Fred Lichens . 
6837-Brittson, V. E. Gravel Site 
6866-Williams Creek Grange  R/W 


7061-Applegate Valley Tel.Co. " 
6843—Messinger, Herman « 
6846-Redmond, Hazel " 
6850-Hansen, Elsie E. . 


6851-Heinzmann, Ludwick " 


6856~-Holzhouser, H. B. " 
6839-School District No. 8 " 


6852-Thomas, Beatrice Helen " 
6855-Letteken, Ethangie * 
6860-Cougle, George M. ° 


6861-First Church of Williams " 
6863-Yocum, I. J. ® 
6867-Fixley, W. C. 2 
6869-Smith, Amos 6 
6870-School District No.16 " 
6859—Sparlin, Geo. H. " 


6842-4-Fields, Geo. W. " 
6858-Brittson, V. E. " 
6862-Larimore, J. A. ° 


Acres 


0.20 


ue 8q. tt. $50 Lump Sum 
1000 


cond 
1.72 
1.64 


6.8 


0.14 


350 sq.ft. 


0.7% 
1.01 
0.17 


2oY~ooo 
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Approximate Amounts Agent 


1 bldg. with equipment, 


$1000 Lump Sum Collins 
Allowance for wrecking 
warehouse $350 “ 
$500 per a. . 
McCallister 
iy 


ey sq.ft. + $20 
10¢ sq.ft. 


ighwa’ 


Land Satie + $27.50 " 
$219 per a. + $349.75 
+ moving bldg. (est. " 


at $50) Gardiner 
3¢ cu. yd McCallister 
Gardiner 
Gratis McCallister 
Gardiner 
Land $10, + $3 McCallister 
Land Gratis, + $118.50 
Gratis 
$150 per a. + $124.50 
Gardiner 
Land Gratis,+ fencing 
McCallister 
250 per a. + $85 Gardiner 


Land Gratis, + $30 + 

moving bldgs. (est. 

at $350) : 
Land gratis,+ fencing * 
Land Gratis,+ $57.80 " 
Land Gratis,+ $12,+ 

moving bldgs. (est. 

at $500) McCallister 
Gratis J.G.Bromley 
Land Gratis,+ $30.50 8 
Land Gratis,+ $100 McCallister 
Land Gratis J.G.Bromley 
Land Gratis 8 
Land Gratis,+ Gardiner 
McCallister 
Gratis,+ #78.75 " 
Gratis,+ $30.50 bd 
Gratis,+ $3 " and 

Bromley 


$35 


Land 
Land 
Land 


Section, Hwy., and Omer Purpose Acres 


Geo. B. 


'39-Dickinson, 
6940-Pfaffle,C.H.&Ethel Warner" 


6942-Petterson, Matilda 


6953-Hoffarber, Albert 
6954-Hoffarber, Albert 


6958-Kinnaman, Lena 
6959-Zednick, Beatrice 
6961-Abbott, P. L. 
6963-Hoase, Charles J. 
6964-Wenger, Ida E. 


6967-Butler, F. J. 


6981-Johnson, Emil A. 
6963-Bostrom, Gunnar 
6984-Johnson, Emil A. 
6997-Tigard, Mamie E. 


7012-Scoffins, Claude I. 


7013-Johnson, Emil A. 


ssseaeeth sod 
2 ==? 


zss2s228 3 2¢ 


0.51 
1970 sq.ft. 


3 BEES 
o's 


4 
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Approximate Amounts Agent 


$0.05426 sq.ft. 


sq.ft. 
sq.ft. + $1869.66 
4é sq.ft. 


Ae sq.ft. 

Lf sq.ft. + $1775.92 
3. sq.ft. 

Ad sq.ft. + $945.84 
$2200 per e. + $260 
4f sq.ft. + $321.50 + 


$784.32 per 4a. 

Land Gratis,+ $250 + mov- 

ing elec.sign (est.$50) 

4é sq.ft. + concrete sep- 
tic tank (est. $50) 


_ bldgs. (est. $700) 
y1000 per a. 
$1000 per a. + $63 
sq.ft. + $538.42 
sq.ft. 
sq.ft. 
sq.ft. + $1952 
4é sq.ft. 
8¢ sq.ft. + $160.56 
+ ped per a. 


Section, Hwy., and Owner 


Acres 


Purpose 


1024-Fry; Mary Cc. 3.0 
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Approximate Amounts Agent 


0.815 at $10 per a. 
2.185 at $100 per a. + 
$673.35 + moving bldgs. 


(est. at $650) Benson 
7026-Siemes, Max " 2.25 Gratis . 
7021-Cushman, Rose M. (Estate) " 0.18 Land $10, + $10 " 
7022-Albert, John " 8.52 2.76 at $25 per 4. 
5.76 at $10 per a., 
plus $108 ® 
= wa 
P190-U. S. Government Park 120 $55 per yr.- l-yr.lease 
on Park _ 
P191-U. S. Government Park 51.51 $6.44 for l-yr.lease Boardman 
P60-U. S. Government Park 160 $127.50 for l-yr.lease 
Klama ~- Klamath Fi —Lakeview wa: 
P188-U. S. Government Park. $0 $10 for leyr.lease Boardman 
uu t on - Col ve wa. 
6726-Corbett Investment Co. Quarry 5.4 $325 per a. Parker 


The Attorney requested authority to condemn the following parcels 
of land that are needed for right of way or quarry purposes: 


1. Right of way for the Cushman Ranch-Trail Section of the Tiller- 
Trail Secondary Highway across the properties of Willard F. 
Horn and Irwin H. Howe, in Jackson County. 


2. Right of way for the Provolt~Williams Section of the Williams 
Secondary Highway across the property of Albert Bigelow, in 


Josephine County. 


3. Right of way for the Washington State Line-Shelton Canyon 
Section of the Interprise-Lewiston Highway across the prop- 
erty of Elmer W. Applegate, in Wallowa County. 


4. Quarry site from W. K. Verling for use in surfacing the 
Forest Boundary-Cottonwood Creek Section of the Klamath Falls- 
Lakeview Highway, in Lake County. 


5. Quarry site from H. E. Smidth for use in surfacing the Drews 


Valley Section of the Klamath Falls-Lakeview Highway, in Lake 
County. 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


6854-Lewman, Richard F. 5 


Land Gratis,+ $23 Gardiner 
McCallister 
Land Gretis,+ $1.50 
Land Gratis,+ $2.50 
Land Gratis,+ $11 
Land Gratis,+ $43.50 
Land Gratis,+ $45.50 
Land Gratis,+ $20 
Land Gratis, $11.25 
McCallister 


orROOOO KF 
FSES8SR & 


' 2.0 a. at $50 per a. 
4.19 a. at $10 per a., 
plus $458.10 


“10, 000 sq.ft. $237.51 Lump Sum 
10,000 sq.ft. $101.05 Lump Sum 


1.64 $10 per a. 
0.51 (Easement) at $10 per, 
plus $54 
7018-Oliver, Frank & Herman-Borrow Pit 6.35 $10 per a. 
7015-Oliver, Frank & Herman R/W 17.47 $10 per a.+ $1105.60 


Lsl8 §3 per a.t $5075, subject 
to cruise of timber 


60 60-day r lease for remov- 
ing gravel, $25 Lump Sum 


60-day lease for remov- 
ing gravel, $40 Limp Sum " 


‘2e SVeugin, NC. RSSCSSSCS*« 55 Lump Sum 
(Continued on next p.) (more or less) 


2. #$That the State Highway Engineer be and he hereby is in- 
structed and directed to properly survey the parcel or parcels of 
land required for such right of way purposes and prepare proper and 
@lequate descriptions thereof, which descriptions shall be employed 
in the preparation of a deed or deeds or other instrument or instru- 
ments necessary to complete the acquisition of the said property or 
properties or which descriptions may be used in the preparation of 
@ complaint in the event that condemnation proceedings are neces- 
sary. 


3. That the boundaries of the said parcel or parcels of land, 
as defined and determined by the said survey made by the said High- 
way Engineer, along the route or location adopted by the Highway 
Commission, shall be and the same hereby are adopted and the lands 
defined therein are hereby declared to be and the same are included 
within the rights of way of the said portion or portions of the said 
state highway system and hereby are declared to be necessary for the 
proper location, improvement, construction, and maintenance of the 
said portion or portions of the state highway system. 


4. That I. H. Van Winkle, Attorney General of the State of 
Oregon, and J. M. Devers, Assistant Attorney General and Attorney 
for the State Highway Commission, be and they are hereby requested, 
authorized, and directed to attempt to agree with the owner or own- 
ers and/or with the tenants or persons in possession, if there be 
any, of said parcel or parcels of land with respect to the compen- 
sation to be paid for the taking of the same and the damage, if 
there be any, and in the event that no satisfactory agreement or 
agreements can be reached, then it is hereby further resolved that 
the Attorney General of the State of Oregon and J. M. Devers, As- 
sistant Attorney General and Attorney for the State Highway Commis- 
sion, be and they hereby are requested to commence and prosecute 
to a final determination such suit or action, or suits or actions, 
as may be necessary and appropriate to acquire title to the said 
premises and all rights therein for the purposes herein stated. 


5. That this resolution be entered in full in the minutes 
and records of this Commission. 


WHEREAS, the State Highway Commission is by law authorized 
and directed to lay out, locate, designate, construct, improve, and 
maintain a system of state highways in the State of Oregon and to 
acquire by donation, purchase, agreement, condemnation, or by the 
power of eminent domain title toland uyon or under which there is 
gravel, gravel beds or bars, sand, sand beds or bars, rock, boulders , 
quarries or quarry sites, lime deposits, or other mineral deposits 
or formations suitable for road construction, improvement, better- 
ment or pavement, and to declare the necessity and need for the ac- 
quisition thereof and the advantages to be gained thereby; 
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He explained that he has been unable to contact the omers of the 
property needed for the Tiller-Trail Highway right of way, that condemnation 
is necessary to clear title to the right of way needed for the Wallowe County 
project, and that he has been unable to reach a satisfactory settlement with 
either of the quarry site owners, hence his request for condemnation. 


After discussion the Commission approved the request and by unani- 
mous vote adopted the following resolutions in regard thereto: 


WHEREAS, the State Highway Commission is by law authorized 
and directed to lay out, locate, designate, construct, improve, and 
maintain a system of state highways in the State of Oregon, and to 
acquire rights of way and to declare the necessity and need for the 
acquisition thereof, and the advantages to be gained thereby; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission as follows: 


1. That the State Highway Commission does hereby find and 
declare that it is necessary and will be of advantage to the State 
of Oregon and there is need that the State acquire for right of way 
purposes in connection with the permanent location, construction, im- 
provement, and maintenance of the following section or sections of 
the state highway system of the State of Oregon, to wit: 


Cushman Ranch-Trail Section of the Tiller-Trail Highway 

Provolt-Williams Section of the Williams Highway 

Washington State Line-Shelton Canyon Section of the Inter- 
prise-Lewiston Highway 


land and property owned by or in possession of the following parties 
and/c> persons, to wit: 


Cushman Ranch-Trail Section of the Tiller-Trail Highway 
7027-Willard F. Horn and Gertrude Horn 
7032-Irwin H. Howe and Rena Howe 
Provolt-Williams Section of the Williams Highway 
-« 6857-Albert Biglow 
Washington State Line-Shelton Canyon Section of the Inter- 
prise-Lewiston Highway 
6560-Elmer W. Applegate 


as their respective interests may appear, and this Commission does 
hereby declare further that the said property or properties are nec- 
essary, are needful, and the acquisition thereof will be of advan- 
tage to the State of Oregon for right of way purposes in order to 
make it possible for the State Highway Commission to properly locate, 
construct, and maintain said portion or portions of the said state 
highway system in accordance with standards adopted by this Commis- 
sion relative to curvature, grades, alignment, drainage, and factors 
of safety. 
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be lands necessary for the purposes stated herein. 


4. That I. H. Van Winkle, Attorney General of the State 
of Oregon, and J. M. Devers, Assistant Attorney General and Attor- 
ney for the State Highway Commission, be and they are hereby re- 
quested, authorized, and directed to attempt to agree with the ow- 
er or owners and/or with the tenants or persons in possession, if 
there be any, of said parcel or parcels of land with respect to the 
compensation to be paid for the taking of the same and the damage, 
if there be any, and in the event that no satisfactory agreement or 
agreements can be reached, then it is hereby further resolved that 
the Attorney General of the State of Oregon, and J. M. Devers, As- 
sistant Attorney General and Attorney for the State Highway €ommis— 
sion, be and they hereby are requested to commence and prosecute to 
a final determination such suit or action, or suits or actions, as 
may be necessary and appropriate to acquire title to the said premi- 
ses and all rights therein for the purposes herein stated. 


5. That this resolution be entered in full in the minutes 
and records of this Commission. 


The Assistant Attorney brought up for discussion the proposed set- 
thement with Mr. Rex E. Rose for the right to take water from an unnamed 
spring on Mr. Rose's property near Manning, Oregon, for domestic use, et cet- 
era, at the Wolf Creek Highway W.P.A. camp located at Manning, and for use at 
the state's maintenance headquarters which is to be established on the site 
of the W.P.4. camp when such camp is discontinued. 


He advised that Mr. Rose has prior rights to the water from this a i 
spring but has agreed to transfer his rights to the state upon the payment of Ei 
$500, which sum is made up of the following items: $250 for the use of the 
: water by the W.P.A. camp during its lifetime, which is estimated at not less 

than 40 months; $200 for granting to the state the permanent right to use the 
water from this spring in the state's maintenance headquarters; and $50 for a 
permanent easement to the state to maintain a pipe line across Mr. Rose's land 
to convey the water from the spring to the W.P.A. camp and the maintenance 
headquarters. 


He gave as his thought that this settlement is 4s good as can be ob- 
tained from Mr. Rose, particularly in view of the fact tnut the pipe line has 
already been constructed by W.P.A. forces and that the water from this spring 
is now being used in the W/.P.A. camp, and for the further reason that there is 
no other suitable water supply available in the vicinity. After considerable 
discussion, the Commission approved such settlement by unanimous vote. 


The Assistant Attorney requested authority to insure the building 
recently acquired from L. k. Dayton on the proposed new location for the Pacif- 
ic Highway just south of Grants Pass. He said that this is a store and resi- 
dence building which is being rented at the present time for $35 per month, 


NOW, THEREFORE, BE iT AND IT HEREBY IS RESOLVED by the 
State Highway Commission as follows: 


1. That the State Highway Commission does hereby find 
and declare that it is necessary and will be of advantage to the 
State of Oregon and there is need that the State acquire for the 

of road construction, improvement, betterment, repair and 
maintenance, and for the purpose of the manufacture of road materi- 
als on the following section or sections of the state highway sys- 
tem of the State of Oregon, to wit: 


Forest Boundary-Cottonwood Creek Section of the Klamath Falls- 


Lakeview Highway 
Drews Valley Section of the Klamath Fells-Lakeview Highway 


land end pro owned by or in the possession of the following 
parties or persons, to wit: 


Forest Boundary-Cottonwood Creek Section of the Klamath Falls- 
Lakeview Highway 
6897-W. K. Verling 
Drews Valley Section of the Klamath Falls-Lakeview Highway 
5532-4. E. Smidth 


as their respective interests may appear, and this Commission does 
hereby declare further that the said property or properties contain 
gravel, gravel beds or bars, sand, gand beds or bars, rock, boul- 
ders, quarries or quarry sites, lime deposits, or other mineral de- 
posits or formations suitable for road construction, improvement, 
betterment, or pavement, and that the said property or properties 
is or are necessary and needful and the acquisition thereof will be 
of advantage to the State of Oregon for the said purposes in order 
to make it possible for the State Highway Commission to construct, 
improve, maintain, and repair the said portion or portions of the 
said state highway system in accordance with the standards adopted 
by this Commission. 


2. That the State Highway Engineer be and he hereby is 
instructed and directed to properly survey the parcel or parcels of 
land required for said purposes and to prepare proper and adequate 
descriptions thereof, which descriptions shall be employed in the 
preparation of a deed or deeds or other instrument or instruments 
necessary to complete the acquisition of the said property or prop~ 
erties, or which said descriptions may be used in the preparation 
of a complaint in the event that condemnation proceedings are nec- 
essary. 


3. That the boundaries of the said parcel or parcels of 
land, as defined and determined by the said survsy made by 
Highway Engineer, shall be and the same here 
lands defined therein are hereby declared to 


tentatively approved by the Commission for the new P.W.A. program. He pre- 
dicted early approval of the new P.W.A. program by Congress and gave as his 
thought that the Highway Commission should be ready to submit its projects to 
the P.W.A. authorities upon short notice. After discussion, the Commission 
approved the request by unanimous vote. 


The Commission discussed and approved, by unanimous vote, a salary 
increase of $25.00 per month for the Secretary, H. B. Glaisyer. 


The Commission considered and signed agreements, et cetera, as fol~- 
lows: 


Agreement with Washington County, providing for county mainten- 
ance of the Hillsboro-Cornelius Pass County Road when reconstructed 
by the state. 


Agreement with Marion County, providing for county maintenance 
of the Salem-Silverton County Road when reconstructed by the state. 


Agreement with Marion County, providing for county maintenance 
of the North River County Road when reconstructed by the state. 


Agreement with Edward L. Dimmitt relative to Vista House con- 
cession at Crown Point. 


Agreement with Ralph Billings, Ashland, relative to the con- 
struction of steps and retaining wall on the Pacific Highway in 
front of his premises just north of Ashland. 


Agreement with Josephine County, providing for the improve- 
ment of a portion of the Illinois Valley County Road by the con- 
struction of a bridge over the East Fork of the Illinois River and 
grading and surfacing a section between Engineer's Stations 83+00 
and 113+60, 0.58 mile in length. 


Agreement with Josephine County, providing for county mainten- 
ance of @ 0.58mile section of the Illinois Valley County Road, in 
Josephine County, including a bridge, being Project F.A.S. 42-A(1), 
after construction of the same by the state. 


Agreement with Coos Bay Construction Company disposing of its 
claim for extra compensation arising out of its contract with the 
Commission for the construction of the Elsie-Nehalem River Section 
of the Wolf Creek Highway, State Highway Contract No. 1949. 


Agreement with Clackamas County, covering the subject of 
stairway construction from the Pacific Highway East to the Willam- 
ette River, in Oregon City. 


Bargain and Sale Deed, conveying unto Fritz Luscher and May 
Vivian Tohl certain land situate adjacent to the Upper Columbia 
River Highway, in Multnomah County. 
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and, in his estimation, it would be advisable for the Commission to insure it 
for $2,000 inasmuch as it is not eligible for state insurance. The Commission 
approved the suggestion by unanimous vote. 


The Commission had under consideration a number of claims that have 
been filed against the state as a result of a fire that got beyond the control 
of the State Highway Department sectionmen in the process of burning grass 
along the right of way of ‘the John Day Highway near Arlington, in Gilliam 
County. The Engineer advised that these sectionmen, in the course of their 
reguler duties, are required at times to burn grass along the highway right of 
way, and, in this particular instance, it so happened that the fire got beyond 
control and burned over considerable acreage of privately-owned pasture land 
which is valued highly by the respective owners. It was his thought, inas- 
much as the state employees were responsible for the fire, that the owmers 
should be reimbursed for their losses. The Commission concurred in the view- 
point of the Engineer and, after discussion, instructed the Attorney to contact 
a number of responsible land owners in this vicinity and ascertain the value 
of the burned-over land as a basis upon which to negotiate settlements with 
the owners of the property. He was instructed to secure such information in- 
mediately and report his findings at the next meeting of the Commission. 


The Attorney reported the results of negotiations with a number of 
property owners for the acquisition of several small recreaticnal sites along 
the Wolf Creek Highway between Sunset Camp and Elsie. He advised that C. W. 
Parker, Right of Way Agent, contacted representatives of the Sunset Logging 
Company, the Oregon American Lumber Company, the Rupp Realty Company, and 
others, with respect thereto and was unable to secure any satisfaction what- 
soever, and it appears that if the Commission wants to acquire these tracts 
it may be necessary to resort to condem.ation. He referred particularly to 
the four parcels belonging to the Sunset Logging Company, consisting of 23.79 
acres, .95 acre, 10.18 acres, and 7.21 acres, respectively, which he valued 
at $7,000. After considerable discussion, the Commission instructed the At- 
torney to negotiate further with the omers of all of the tracts under dis- 
cussion and to secure options, if possible, for each. He was authorized to 
condemn the four tracts owned by the Sunset Logging Company, if necessary. 


The Engineer brought up for discussion the matter of assisting fur- 
ther in the financing of the Wolf Creek Highway W.P.A project. He pointed out 
that the Commission heretofore authorized an expenditure not to exceed $10,000 
to finance non-labor items so that this work could be carried on during the 
month of June when it was expected thet additional W.P.A. funds would be au- 
thorized. However, the new W.P.A. funds have not yet materialized; so, unless 
the state advances additional moneys for non-labor items, it will probably be 
necessary to cluse dow the work. In view of the circumstances, the Commis- 
sion voted unanimously to advance state funds in an amount not to exceed $5000 
to carry on the work during the month of July. The Attorney was instructed to 
prepare an appropriate agreement covering the matter. (Agreement was prepared 
and signed on July 6, 1939.) 


The Engineer requested authority to submit to Mr. C. C. Hockley, 
Public Works Administrator for Oregon, when called for, the projects heretofore 
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1940 Federal Aid Program 


Arch Cape Tunnel, ‘Lining and Paving $ 50,000 
Albany Section, Grade and Pave $1,000 
Siskiyou Mt., Grading 200,000 
Owyhee River-Tudor Ranch, Grading 133,000 
Buchanan-Juntura, Surface and Oil 160,000 
Pengleton-. » Grading and Topping 100,000 


1938 Federal Aid Program 
Cow Hollow Creek-Owyhee School, Grade and Top $ 15,000 


The Commission also authorized the following projects for the October 
5, 1939, letting, or as soon as they can be conveniently prepared: 


1939 Federal Aid Program 


Siletz Secondary, Grade, Surface, and Oil $ 30,000 
Oregon City, South Unit, Grade & Pave 160,000 
Troutdale-Dodson, Grading. 216,000 
Petersburg-Fairbanks, Grade, Surface, and Oil 16,000 
Moro-Hay Canyon, Grade and Surface 10,000 
Summer Lake, Roadside Improvement 5,200 
Muddy Creek-Haines, Grade and Surface 120,000 
Stanfield-Pendleton, Roadside Improvement 3,000 
North Powder-Muddy Creek, Roadside Improvement 4,800 


1940 Federal Aid Program 


Denver Avenue, Paving $ 25,000 
,  Neahkahnie Mountain, Grade, Top, Bridge, and Walls 150,000 
Siskiyou Summit-California Line, Surface and Oil 120,000 
Grants Pass-Green Creek, Grade and Pave 105 ,000 
Bunker Hill-Marshfield, Bridge and Paving 100,000 
Cottage Grove, South Unit, Grade and Pave 73,000 
Reedsport Section, Paving 30,000 
Klamath Agency-Modoc Point, Surface and Oil 100,000 
Warren-Scappoose, Grade and Pave 100,000 


"Some discussion was given to the projects scheduled for letting in 
November and later, and the Commission authorized the transfer of funds from 
the Troutdale Grade Separation to the Tigard Grade Separation in order to ad- 
vance the construction of the Tigard Grade Separation and defer the Troutdale 
Grade Separation so that it would not be built greatly in advance of the re- 
mainder of the road. 


The Conmission also definitely authorised the John Day-Prairie City 
project to be contracted in November. The remaining projects for November and 
later were authorized to be contracted in an orderly manner as funds were avail- 
able. 


T13 1939 >; .. 


There being no further business to come before the Commission at 
this time, the meeting was adjourned at 6:30 o'clock p. m. 


John bay, Oregon, July 18, 1939 


The State Highway Commission net in s.eciel session at 9:00 o'clock 
p- m. at the Oliver Ranch, near Joha Day. Present were: 


Henry F. Cabell, Chairman 

E. B. Aldrich, Commissioner 

Huron W. Clough, Commissioner 

Herman Oliver, Commissioner to be appointed 
Baldock, State Highway Engineer 
Smith, Construction Ingineer 
Bishop, Maintenance Ingineer 
Williams, Division Engineer 


The Commission approved the tentative letting for august 3h, 1939, 
the projects to consist of the following: 


1939 Federal aid Program 


Wolf Creek Bridges (2) 

Nehalem Secondary, Surface and Oil 

Salem, South, Grading ana Paving 
Dundee-tiest Dayton, Grading and Paving 
Clackamas County Line-Hubbard, Paving 
Albany Section, Grading and Paving 

Bear Canyon, Unit 3, Grading 

North Roseburg, Roadside Improvement 
Butte Falls Road, Surface and Oil 
Blalock-Arlington, Grade, Surface, and Oil 


authorization was given for the transfer of the $30,000 heretofore set up for 
the Jimmy Creek-North Powder Section, to augment the Blalock-arlington allo- 


There being no further business to come before the Commission at 
this time, the meeting was adjourned at 11:30 o'clock p. m. 


Commissioner 
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Enroute Bend to Eugene, July 26, 1939 


The State Highway Commission disposed of the following routine mat- 
ters enroute Bend to Eugene during the afternoon of this day. Present and 
participating in the discussions were: 


Henry F. Cabell, Chairman 

Huron W. Clough, Commissioner 

R. H. Baldock, State Highway Engineer 
H. B, Glaisyer, Secretary 


The Engineer reported the results of the investigation conducted to 
determine the losses claimed by several ranchers by reason of a fire started 
by highway department maintenance forces along the John Day Highway about 8 
miles south of Arlington, in Gilliam County. He said that arrangements have 
been made for settlements with Arthur Wickland for $181.00; L. L. Montague Es- 
tate for $19.50; Richard S. Hendricks, Jr., $4.60; Smythe Brothers, $26.00; 
Gilliam County, $3.75; Charles A. Bartalemay, $8.00; and Everett Bartalemay, 
$6.00; which amounts total $253.85. He recommended payment of these claims 
in view of the fact that highway department employees were responsible for 
the setting of the fire. The Commission approved the recommendation. 


The Engineer also reported the cost to construct a light oil surface 
on the Thomas Creek Section of the Albany-Lyons Secondary Highway, in Linn 
County, as has been requested by residents of that district. He estimated 
that such improvement, which is 1.62 miles in length, would cost $1,620.00. 
The Commission approved the project for construction in next year's program. 


The Commission discussed the Engineer's report on the cost to in- 
prove the Siuslaw Highway over the summit of the Coast Range, as has been 
urged by Lane County citizens. The Engineer estimated that to construct this 
section, which is 2.1 miles long and includes a tunnel, would cost about 
$388,000. However, at a cost of about $363,000 a satisfactory grade could be 
constructed, substituting an open cut for the tunnel, although such would 
necessitate the lengthening of the section to be constructed about 1% miles. 
This estimate, he said, is based on a reconnaissance survey of the entire 
Siuslaw Highway. The Commission decided to inspect this road before taking 
definite action on this improvement. 
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Some discussion was had of the P.W.A. projects. The Commission au~ 
thorized the inclusion of the ey ee a reclamation flume on the Lost 
River project, and the increase of the + County Line-Patrol Station proj- 
ect from ,000 to $85,000, 


The Engineer recommended and the Commission approved the following 
increases in the maintenance and minor betterment budgets: 


Bridges: 
Coos Bay Bridge, Extra Paint. 
Yaquina Bay Bridge, " . 
Wolf Creek Highway Detour Bridges, Repairs 
Days Creek Bridges on Tiller-Trail Highway, Repairs 
Cottonwood Creek Bridge, Repairs 


3 
Extend Storage Building at Medford 
Extend Storage Building at Enterprise 


Non-skid Surfacing: 
Newberg-Woodburn Highway, 5.5 miles 
North Santiam Highway, 11,4 miles 


Total 


The Commission also approved the following oiling and extra-mainten- 
ance projects: 


6,000 
3,200 
6,200 


in Umatilla County $ 


Cruwfordsville-Holley Sec. ,Halsey-Sweet Home Sec.Hwy. 3,500 
Kings Valley Secondary Highway, Polk County, 4.4 mi. 4,500 


Extra Maintenance; 
Wolf Creek Highway 


Total $25 > 900 
Grand Total Authorized $70,500 


The Commission discussed the advisability of conducting a locetion 
aurvey to determine a permanent route for the Pacific Highway between Grants 
Pass and Roseburg, particularly the Sexton Mountain Section thereof. It was 
the decision of the Commission that such survey should be made in the near fue 
ture and it was so ordered, 


A request was presented from Mr. Ben C. Flaxel, attorney, North 
Bend, Oregon, on behalf of certain residents of Bunker Hill District, Marsh- 
field, requesting the construction of a stairway from the end of the improved 
portion of Mullen Street to a connection with the Oregon Coast Highway. The 
Commission indicated a favorable attitude toward this request but deferred 
definite action thereon pending completion of the construction on the new 
highway through this district and the correction of slide conditions that now 
obtain at this place. 


A letter was presented from Timber School Board, Timber, Oregon, re- 
questing the construction of a sidewalk on one side of the Nehalem River 
Bridge at Timber for the benefit and safety of pedestrians, particularly 
school children who are obliged to cross this structure daily. The Engineer 
estimated the cost of such sidewalk at $350.00. The Commission approved the 
project by unanimous vote. 


The Secretary presented a telegram from Mayor G. H. Hanson, of 
Paisley, Oregon, requesting the oiling of the Fremont Highway full width for 
a distance of two blocks through the Paisley business district. The EFngi- 
neer estimated the cost of such oiling work at $600.00. He pointed out that 
there is no state highway department oiling crew in that vicinity, which could 
do the work and that there is no oiling work under wey within a reasonable 
distance. He recommended, in view thereof, that the work be deferred until 
next year and that investigation be conducted looking toward a more permanent 
type of improvement. The Commission approved the recommendation. 


The Engineer reported that the present contract with Julius Gunnell 
for the furnishing of free ferry service across Coos River at Fnegren Ferry 
expires on September 30, 1939. He pointed out that the present contract con- 
tains provision for extending the contract for a period of two years or any 
portion thereof and that the Highway Commission has already exercised this 
privilege, this contract having been extended for a 2-year period from Septem- 
ber 30, 1937, to September 30, 1939. He also pointed out that the present 
contract provides for 16-hour ferry service, whereas numerous requests have 
been received for service of greater length. He requested instructions as to 
whether or not to advertise for bids for the contimation of this service and 
whether or not the Commission desires to render more than the 16-hour service 
that is covered by the present contract. After discussion, the Commission de- 
cided to take alternate bids at its next meeting for the furnishing of 1 
hour and 20-hour free ferry service at this location and instructed the Engi- 
neer to prepare proposal forms on such basis. 


The Commission had under discussion the matter of authorizing the 
construction of a Rural Electrification Administration power line along the 
southerly side of the McKenzie Highway between Vida and McKenzie bridge, a 
distance of about 25 miles. It was pointed out in the discussion of this mat- 
ter that the highway for the most part along this section lies very close to 
the McKenzie River and that the maintenance of poles between the highway and 
the river would detract greatly from the scenery and th: best appearance of 
the highway. The question arose whether or not the pole line should be al- 
lowed on such location and whether or not it should be allowed on the 
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on the cost to open the Mount Hood 
Wapinitia Highway to Cooper's Spur Road on 
instructed by the Commission. He estimated 
the road on such date, commencing snow re- 
cost of $1400 if the opening 
that it would cost the state 
that the highway is opened before May 27. He 
day would use this highway he- 
would be about $1.00 per 
After consid- 


The Engineer rendered a 

from its junction with the 

May 1 of each year, as previously 
that it would cost $4,250 to open 


The Secretary presented a letter from County Judge Hugh McLain, of 

Coos County, requesting the elimination of what is known as "Deadman's Curve" 
on the Cape Arago Secondary Highway, in Coos County. The Engineer advised 
thet this is a meritorious improvement and that he would like to conduct 4 
stabilization experiment thereon, using Portland Cement as a binder. The Com- 
mission indicated its willingness to conduct such experiment but deferred its 
decision pending a report from the Engineer as to what it will cost to do the 
work on such basis. 


D. Perry, Deer Island, urging con~-. 
Section of the Lower Columbia River 
ting an audience with the In- 
The Engineer advised that this 
project is 
all been acquired with the exc 
He was instructed by the Commission to advertis 
volve the cemetery for bids to be received in either August or 
Attorney was instructed to obtain the right of way for the cemetery section. 
It was also decided that Chairman Cabell and the Engineer would call upon Mr. 
Perry in the near future to discuss the matters that he has in mind. 


A letter was presented from the Brownsville Chamber of Commerce re- 
questing the oiling of the 34-mile section of the second..y highway between 
Brownsville and Crawfordsville. The Commission approved this project for next 
year's program. 


A petition was presented from numerous users of the Territorial Sec- 
ondary Highway in Benton and Iane Counties, requesting the oiling of this road 
from Monroe to the Douglas County line. The Commission denied the request for 
immediate undertaking in view of the fact that there are no state oiling crews 
available to do the work and no funds with which to finance it. In this con- 
nection the Commission discussed the advisability of extending this secondary 
highway from its present terminus at the Lane-Douglas County line to a connec~ 
tion with the Pacific Highway near a place kmown as Anlauf. It appeared logi- 
cal to the Commission to extend this secondary highway if the constructed road 
meets the secondary highway requirements. The Commission decided to inspect 
the road before taking definite action. 


The Commission approved the award of such contracts as reported. 
The Engineer requested authority to purchase the following equipment: 


1 - pneumatic-tired lawn mower, estimated cost $250, for use at the 
state highway shops in Salem 


1 - 7000 gallon-per-hour gravity centrifugal pump with 23 h.p. mo- 
tor, estimated cost $250, for use in connection with the making 
of investigations preparatory to the construction of drainage 
tunnels, etc. 


1 - dragline boom, bucket, and necessary cable, estimated cost 
$1,350, for use in connection with W.P.A. work on the Wolf 
Creek and Wilson River Highways and in other localities. 


The Commission approved the purchase of this equipment. 


The Commission discussed and approved the request from the Attorney 
to publish a highway pamphlet containing laws applicable to state and county 
roads. It was explained that heretofore such pamphlet has been published by 
the Secretary of State in accordance with legal authority but the law requir- 
ing this publication was repealed, hence the pamphlet containing the road laws 
is no longer available; further, that, because of the value of this informa- 
tion to employees of the State Highway Department and to county officials, it 
would be desirable to publish the laws under the name of the State Highway 
Commission, which it was thought would cost about $300. 


The Commission also considered the matter of continuing the mainten- 
ance of the Eleie-Jewell County Road, in Clatsop County, which has been used 
for some time past as a state highway detour pending construction of the Wolf 
Creek Highway. Definite action on this matter was deferred by the Commission 
pending consultation with the Clatsop County Court. The Engineer was instruct- 
ed to discuss the matter with County Judge Guy Boyington of that county. 


A request was presented from the Richfield Oil Company for permis- 
sion to use, in the advertising of its products, a picture showing state high- 
way department equipment being serviced by a Richfield Oil Company tank truck. 
The Commission offered no objectiom to the use of pictures of this kind for 
such purpose but declared positively that it would not sign any form of re- 
lease waiving any claim for consideration or compensation for the use of such 
pictures, nor authorize anyone to sign such a release or 2 testimonial. 


The Commission had under discussion the adoption of a policy with 
respect to the removal of gravel from ocean beaches, over which it has control 
according to law. It was the Commission's decision that individuals desiring 
to obtain gravel in small quantities from the beach areas for use in connec- 
tion with the construction of private driveways or foundations for private 
buildings should be permitted to do so for their own use without permit, but 
that contractors engaged in the furnishing of gravel for commercial purposes 
or otherwise shall not be allowed to take such material from the ocean beach 
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northerly side of the highway, which is now partially occupied by a telephone 
pole line. The Commission discussed this matter at considerable length and 
took cognizance of the situation enroute to Eugene over this highway. A de- 
cision in the matter was deferred pending further investigation, and report by 


the Engineer. 


The question of granting blanket permits of 30 days' duration for 
the movement of farm machinery over state highways had the attention of the 
Commission. The Commission decided unanimously, as a trial proposition, to 
grant such permits. The Secretary was authorized to issue permits for the 
time being, subject to the condition that such authority would be rescinded 
immediately if it were found that the provisions of the permits are being 
abused and that the movements of such machinery are working adversely to the 
interests of the general public. 


The Commission had under discussion claims against R. A. Wernich, 
Coquille, in the amount of $8.31; Sam Houser Chevrolet Company, McMinnville, 
in the amount of $1.40; and Bertha Poetsch, Rainier, in the amount of $1.00; 
totalling $10.71. The Engineer advised that certain purchases were made from 
the concerns represented by the above-mentioned people and it so happened that 
in each instance a credit accrued to the state which it was intended to take 
advantage of in connection with subsequent purchases; but, in the meantime, 
the firms went out of business, which eliminates any possibility of taking 
advantage of the credits unless they are paid in cash. Repeated requests for 
such cash settlements, he said, have been refused and it appears that the ac- 
counts will have to be declared closed wless the Commission desires to in- 
stitute suit to collect. In this connection a letter was presented from the 
Attorney in which he pointed out that the claims are all in small amounts and 
it is his belief that the Commission is not justified in going to much effort 
or expense in collecting them. Further, that in his estimation it would cost 
the state more to institute suit than it would realize therefrom if the case 
were decided in the Commission's favor. after considerable discussion, and 
it appearing to the Commission that these bills are uncollectible, the Engi- 
neer was instructed to do whatever is necessary to clear the accounts in the 
records and to relisve the individuals who conducted the transactions out of 
which the credits developed from any personal responsibility. 


The Engineer reported that in conformance with authority previously 
granted him by the Commission he awarded contracts as follows, the conditions 
of the awards having been satisfied: 


Grading, surfacing, and oiling the Strebin Road-Hosner Road 
Section of the Troutdale-Sandy Road, in Multnomah County. Bids re- 
ceived May 19, contract awarded July 13, 1939, to H. L. Rice, who 
evubmitted the low bid therefor, based on the use of tar. 


Pavement widening and resurfacing on the Sandy Boulevard Sec- 
tion (44th Ave. to 74th Ave.) of <2 Columbia River Highway, in Mult- 
nomah County. Bids taken June 22, contract awarded June 26, 1939, to 
Edlefsen-Weygendt Company, Portland, who submitted the low bid there- 
for. 


The Commission had under discussion a request from Mr. Paul T. Erb 
for permission to conduct placer mining operations in an abandoned state-owned 
gravel pit in Jackson County, said gravel pit being more particularly situate oe 
in Lots 7 and 8 of Section 11, Township 36 S., Range 3 W., W. M. The Commis- 
sion denied the request as a matter of policy; however, instructed the Engi- 
neer to ascertain whether or not this gravel pit is of any value for state 
purposes and if not, if it is valuable for mining purposes. In the event 
such investigation reveals that the pit is of no value to the state but is of 
value for mining, then the Commission will consider the sale of the property 
by auction. 


The Secretary presented a letter from the Roseburg Chamber of Com- 
merce with respect to the landscaping of the area within the "wye" formed by 
the connection of the Pacific Highway with the county road at the north city 
limits of Roseburg. It was urged in such communication that the Commission 
make provision in the landscaping project for the construction of a building 
for use in the dissemination of tourist information. The Commission denied 
the request because the building cannot be financed with federal funds and be- 
cause the financing of the same with state funds would establish a precedent 
that would eventually result in an expenditure of state funds far in excess of 
the amount the Commission could afford. The Ingineer was instructed to so in- 
form the Chamber of Commerce. 


The Commission discussed a letter from the City of Bandon urging the 
early construction of the Bandon Section of the Oregon Coast Highway on the 
proposed new alignment. The Engineer advised that this project is not includ- 
ed in the Commission's 1940 program, although a goodly portion of the right of 
way has already been acquired. The Commission decided to give this project 
serious consideration for construction in an early future program and instruct- 
ed the Attorney to proceed with the acquisition of the balimce of the right of 
way. 


Letters were presented from Mr. Carl Schamoni and Mrs. Julia Lowert 
of Tigard, protesting the route heretofore selected by the Highway Commission 
as the permanent route for the Pacific Highway West through the town of Tigard. 
After discussion the Commission decided not to make any change in its previous 
decision and instructed the Secretary to so inform Mr. Schamoni and Mrs. Lowert. 


A letter was presented from Mr. F. R. Schanck, Consulting Engineer, 
Portland, urging the improvement of the Oxbow Tunnel Section of the Robinette- 
Homestead Secondary Highway, in Baker County. The Engineer advised that this 
tunnel is approximately 4,000 feet long, that portions of the same have caved 
in, and that the tunnel generally is in 4 very unsafe condition. To repair 
the tunnel so that it would be safe for traffic, he said, would cost an enor- 
mous sum of money; in fact, far more than is justified by the volume of traf- 
fic that would use it. He pointed out that the Commission has already ap- 
preved an expenditure of $2,500 to finance the improvement of the road leading 
over the tunnel so that it can be kept open during the winter season, and an 
additional $500 for the improvement of the section between Homestead and Bal- 
lard's Landing Bridge, which, in his estimation, should provide a satisfactory 
road for the people of this district. The Commission decided, in view of the 
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areas except under permit from the State Highway Commission and upon payment 
of 3 gents per cubic yard for the material taken. Further, that the taking of 
such | tape from the ocean beach by contractors and individuals shall be lin- 
ited places indicated by the State Highway Commission or its authorized rep- 
resentative. The Fngineer was instructed to select the points where such ma- 
terials may be removed and the Attorney was instructed to prepare a form of 
permit for approval by the Commission at its next meeting. The Secretary was 
instructed to bring the Comnission's action to the attention of all state high- 
way contractors and local contractors along the Oregon Coast Highway. 


The Commission had under discussion the matter of designating as & 
secondary state highway the county road which extends from the Mount Hood High- 
way westerly through the towns of Odell and Summit to 4 connection with the 
Hood River Secondary Highway, as has been requested by the Hood River County 
Court. Action on this matter was deferred by the Commission for two or three 
months, when the Commission expects to give consideration to the placing of 
several important county roads throughout the state on such system. The Sec- 
retary was instructed to so inform the Hood River County Court. 


The Commission discussed the matter of granting an easement to the 
United States Government to construct its Bonneville power transmission pole 
line over and across 5 tracts of state-owned land in Multnomah and Hood River 
Counties between Bonneville and Hood River, for a consideration of $400. It 
was the Commission's decision that such easement should be granted and accord~ 
ingly the Attorney was authorized to accept, on behalf of the Commission, the 
Government's offer in regard thereto. 


A letter was presented from the Salem Convention Commission of the 
American Legion requesting state aid in the construction of a temporary bridge 
over a drainage ditch on the county road in front of the Salem Airport, to be 
used during the progress of an air circus which is to be conducted at such 
place on August 10. The Mngineer explained that the Convention Commission an- 
ticipates a large crowd at the air circus and is fearful that the present fa- 
cilities for the handling of traffic will prove inadequate, so have decided to 
provide another entrance into the grounds if they can secure donations of ma- 
terial and/or labor from some source to assist in the work. He pointed out 
that the road in front of the airport is not a state highway, hence the Commis- 
sion does not have legal authority to expend state funds thereon; however, he 
added, if the Highway Commission wants to 4id in this matter, it could do so 
by loaning materials salvaged from an old bridge nearby, which probably would 
help out to some extent and would not be an infraction of the law. The Com- 
mission concurred in the Engineer's viewpoint and thereupon authorized the 
loan of such materials to the American Legion. 


A letter was presented from the North Lincoln Chamber of Commerce 
requesting relief from the present auto-parking congestion at Depoe Bay adje- 
cent to the Oregon Coast Highway, in Lincoln County. The Commission referred 
this matter to the Engineer for investigation and report by the State Parks 
Superintendent as to whether or not there are suitable parking facilities 
available adjacent to the highway south of the Depoe Bay bridge structure. 


sections of the hichveys of this state, which saic sections of highways, to- 
gether with their identifying location survey numbers and the amounts author- 
ized and allocated for such survey expenditures are as follows: 


Plans - - - - - 1-2816 - Black Bridge-Richland Section, Baker-Homestead Hwy., 
Baker County. lst authorization - $800.00 
Plans - - - - - 1-2817 - N. Powder-Muddy Creek Section, Old Oregon Trail, 
Baker County. lst authorization - $200.00 
Plans - + - - - 202-2818 - Albany North Section, Albany-Buena Vista (Co. Rd.) 
Benton County. lst authorization - $600.00 
Location --- 3+2823 - Tualatin-Marion County Line Section, W. Portland- 


Rubbard Hwy., Clackamas County. 
lst authorization - $3,000.00 
Plans - - - - - 204-2826 - Coast Highway-Fort Stevens Section, Fort Stevens 
(Co. Rd.)Clatsop Co. 1st authorization - $500.00 


Right of Wey -  4-2827 - Seaside-Gearhart Junction Section, Oregon Coast 
Hwy., Clatsop Co. lst authorization - $50.00 


Right of Way - 5-2817 - Clatsop County Line-Clatskanie Section, Columbia 
River Hwy., Columbia County 
lst authorization - $125.00 


Plans - - - - - §-2816 - Rainier Section, Columbia River Highway, Columbia 
County. 1st authorization - $600.00 
Plans - - - - - 105-2818 - Clatskanie—Mist Section, Clatskanie-Mist Highway, 
Columbia County. lst authorization - $200.00 
Stock Pile & 
Quarry - 717-2809 - Redmond-Prineville Section, Ochoco Highway, Crook 
County. lst authorization - $450.00 
Aerial Survey - 82811 - Gold Beach-Brookings Section, Oregon Coast Highway, 
Curry County. lst authorization - $200.00 
Plans - - - - - 9-2824 ~ Bend-Horse Ridge Section, Central Oregon & Century 


Drive Hwys., Deschutes County. 
lst authorization - $600.00 


Plans - - - - - 209-2825 - Butler Market Road, Deschutes County. 
lst authorization - $620.00 
Park -~---- 10-2824 - Camas Mt. State Park, Coos Bay-Roseburg Hwy., 
Douglas County. lst authorization - $200.00 
Location - - - 111-2809 - Lone Rock Junction-Rock Creek Section, wasco-Heppner 


Hwy., Gilliam County.1st authorization - $1,200.00 


JUL26 1939 


eae en eS a oe 
er! + Beea 2 ay ae Meld eS 


» not to make any repairs to the tunnel at this time and instructed the, 


The Commission had under discussion a letter from Mr. Frank T. Mor- 
f the Nyssa Chamber of Commerce, Nyssa, Oregon, suggesting 
tion for the proposed railroad grade separation structure 
been determined from an engineering standpoint, the Commission 
the site upon the wishes of the majority of the property 
gave as his thought that 80 per cent of the property owm- 
structure be located on Main Street. The Secretary 
Mr. Morgan that the Commission's decision in matters 
dis not made until the Engineer's report on the project has been 
given careful study from all standpoints, and that such procedure 
be followed in connection with the selection of a site for the proposed 
grade separation structure in the town of Nyssa. 
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The Commission considered and ordered filed a letter from J. E. 
Stanton, Oakland, California, suggesting that the Commission give considera- 
tion to the collection of small tolls to secure funds with which to finance 
state highway construction. 


The Secretary reported receipt of ea request from the Silverton Lions 
Club for the loan of the services of the Highway Commission's artist to 
prepare plans for gateways which the club has in mind to erect at the main 
highway entrances into the city of Silverton. The Commission denied the re~ 
quest as a matter of policy. The Secretary was instructed to inform the Lions 
Club of the action taken and to state further that if the club proceeds with 
its plans for the gateways notwithstanding its inability to obtain the ser- 
vices of the Highway Commission's artist, the Commission will appreciate it if 
they will arrange to construct their gateways upon the highways within the 
corporate limits of Silverton rather than outside the corporate limits, in 
view of the fact that the erection of such gaterays on the highway outside 
the city limits is illegal and it is strictly contrary to the established poli- 
cy of the Commission to grant permits for the maintenance of same at such lo- 
cations. 


A letter was presented from the Albany Post, American Legion, re- 
questing the erection of "No Trespass" signs on state highway property located 
adjacent to the Albany Airport, where an air circus is to be conducted on Sat- 
urday, August 5, 1939, so that the people who are inclined to view the airport 
from such vantage points without charge will be required to pay admission to 
the airport grounds if they wish to view the exhibition. The Commission de- 
cided not to erect the signs as a special favor to the American Legion; how- 
ever, considered it advisable to maintain permanent "No Trespass" signs on its 
property, and accordingly instructed the Ingineer to see that such signs ere 
erected at once. 


The Engineer presented a list of surveys that he has ordered since 
the last meeting of the Commission and asked the Commission to confirm them 
and the amounts authorized for each. After due consideration, the Commission 
authorized and instructed the Engineer to make such location surveys on various 
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The Engineer also reported that a number of surveys heretofore au- 
thorized by the Commission have been completed. He presented a list of such 
surveys and reported briefly on each survey listed thereon. After due consid- 
eration, the Commission approved the respective surveys as reported, and adopt- 
ed the following resolution in regard thereto: 


WHEREAS, The State Highway Commission heretofore has au- 
thorized and instructed the State Highway Ingineer to make surveys 
on certain sections or portions of the highways of the State of 
Oregon; and 


WHEREAS, pursuant to said authorization the St-te Highway 
Engineer has made and completed the said surveys and has filed the 
maps and plans of the said surveys in the files of the State Highway 
Commission, in Salem, Oregon; and 


WHEREAS, the maps and plans of the said surveys have been 
examined by the State Highway Commission and have been found suit- 
able in all respects for approval and adoption by the State Highway 
Commission; 


NOW, THEREFORE, BE IT RESOLVED, that the surveys hereinaf- 
ter designated and described, together with their identifying loca- 
tion map file numbers, as show in the map filing records of the 
State Highway Commission in its Salem office, be and they are here- 
by adopted and approved as the location surveys of the various por- 
tions or sections of highway involved: 


Type of 
File No. Prefix County Survey. Section Highway 


5B23-9 102-2816 Benton Location Willamette R.Br. Corvallis-Eastside 
5B23-11 30-2824 Umatilla Location Milton South Oregon-Washington 
5B23-10 30-2817 Umatilla Location Adams Connection Oregon-Washington 


BE IT FURTHER RESOLVED that the State Highway Engineer be 
and he hereby is authorized to make such minor changes in the said 
locations as may improve the standards of alignment and grades not 
inconsistent with the general location of the section of highway 
involved. 


' The Commission had under consideration the following requests for 
extensions of time within which to complete highway construction projects: 


Coos Bay Dredging Company, Contract No. 2062, for grading the 
Lobert-Modoc Point Section of The Dalles-California Highway, in 
Klamath County, requested an extension of time from November 30, 
1938, to May 21, 1939, within which to complete this job. They 
gave no reason for their failure to complete the project within 
the specified time limit. The Mngineer advised that the failure 
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Bridge — 12-2818 - Goose Creek Bridge, John Day Highway, Grant County. 
lst authorization - $700.00 


~ 112-2819 - Kimberly-Dry Creek Section, Monument Highway, Grant Co. 
lst authorization - $1,890.00 


~ 114-2814 - Dee-Parkdale Section, Hood River Secondary Hwy. , Hood 
River County. lst authorization - $300.00 


15-2817 - Siskiyou Station-Bear Canyon Section, Pacific Highway, 
Jackson County. 4th authorization - $1,500.00 
Total to date $7,500.00 


116-2807 - Agency-Vanora Section, Warm Springs Highway, Jefferson 
County. lst authorization - $125.00 


17-2802 - Grants Pass-Green Creek Section, Pacific Highway, Jo- 
sephine County. 4th authorization - §500.00 
Total to date $4,500.00 


Stock Pile 18-2837 - Beaver Marsh-Ft. Klamath Section, The Dalles-Califor- 
& Quarry nia Highway; Diamond Lake-The Dalles-Californi« Hwy. 
Junction, Diamond Lake Highway; Park Boundary-Ft. 
Klamath Section, Crater Lake Highway; Park Boundary- 
The Dalles-California Hwy. Junction, Sand Lake Hwy. 
lst suthorization - $1,000.00 


18-2836 - Chiloquin-Klamath Falls Section, The Dalles-California 
Highway, Klamath Co. lst authorization - $500.00 


19-2820 - Summer Lake Section, Fremont Highway, Lake County. 
lst authorization - $200.00 


121-2832 - Nashville Bridge, Eddyville-Blodgett Road, Lincoln 
County. lst authorization - $150.00 


24-2825 - Salem-Neil Creek Section, Pacific East, Marion County. 
lst authorization - $200.00 


124-2824 - Pacific Hwy.-Clackamas County Line Section, Woodburn- 
Mt. Hood Hwy. lst authorization - $800.00 


228-2807 ~- Wesco-Fulton Canyon Section, County Road, Sherman Co. 
lst authorization - $400.00 


29-2830 - Neahkahnie Mt. Section, Oregon Coast Highway, Tillamook 
County. Ist authorization - $600.00 


30-2826 - Stanfield-Pendleton Section, West Unit, Old Oregon 
Trail, Umatilla County. ist authorization - $200.00 


33-2819 - Shaniko-Cow Canyon Section, Sherman Highway, Wasco Co. 
lst authorization - $1,000.00 
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Schmeer, Williams & Gentemann, Contract No. 2142, for furnish- 
ing crushed rock in stock piles for the Horse Ranch-Chewaucan Nar- 
rows Section of the Fremont Highway, in Lake County, requested an 
extension of time of 30 days, from June 15 to July 15, 1939, within 
which to complete this project. They alleged that their failure to 
complete the project «ithin the specified time limit was due to en- 
countering materials of a nature that required the operation of 
their plant at half capacity, with stops approximately each hour 
for cleaning the screens. The Engineer advised that the contractor 
had considerable difficulty with his crushing operations, particu- 
lerly during the winter season, in that the fine sand from the pit 
would freeze under the screens and cause frequent closing down of 
operations, there being a particularly large quantity of such fine 
material to be wasted in the pits in which the operations were car- 
ried on. The contractor has worked two shifts at all times that it 
has been possible for him to do so, he said, and, in order to hasten 
completion of the project, is now operating three shifts. He rec- 
ommended, in view of the circumstances, that the extension of time 
requested be granted without penalty. A letter was presented from 
the Public Roads Administration concurring therein. The Commission 
approved the recommendation unanimously. 


J. C. Compton, Contract No. 2188, for oiling the Elsie-Balm 
Grove Section of the Wolf Creek Highway and county roads, in Clat- 
sop, Columbia, Tillamook and Washington Counties, requested an ex- 
tension of time of 45 days, from July 15 to August 30, 1939, within 
which to complete this project. He alleged that his failure to com- 
plete this project within the specified time limit was due to the 
uncertainty of W.P.A. labor which was employed in the manufacture of 
surfacing material. The Ingineer advised that the reason given by 
the contractor for failure to complete the project within the speci- 
fied time limit is correct and recommended that the extension re- 
quested be granted without penalty. The Commission approved the 
recommendation. 


The Engineer reported that Contracts Nos. 2062, 2100, 2109, 2115, 


2122, 2131, 2135, 2148, 2182, and 2194, for the construction of state highway 
projects, have been completed according to the requirements of the contracts 
or modifications thereof, and that said jobs are now ready for acceptance. 
The following resolution accepting the above projects was offered and was 
adopted by the unanimous vote of the Commission: 


WHEREAS, the Engineer has reported that the following State 
Highway Commission contracts for the construction of state highway 
projects have been completed according to the terms and pZovisions 
of the contracts and said jobs are now ready for acceptance: 


Contract No. 2062, with Coos Bay Dredging Company, for 
grading and topping the Lobert-Modoc Point Section of The 
Dalles-California Highway, in Klamath County. Completed 
May 21, 1939. 


of the contractor to complete the contract within the specified time 
limit was due to extra work, increase in quantities, delay in secur- 
ing price agreement for the excavation of solid rock and talus top- 
ping materials and delay in securing an adjustment with the Lamb Lum- 
ber Company for revision of its private utilities. Operations in 
connection with this contract, he said, were temporarily discontin- 
ued between September 13 and October 30, pending a special agreement 
with respect to solid rock excavation, and, as a result, work extend- 
ed into the winter season, when it was necessary to close it down en- 
tirely until spring. He further advised that the public has not 

been inconvenienced by the delay because the road is on the cutoff 
section and is not open to travel. He recommended, in view of the 
circumstances, that the extension requested be granted without penal- 
ty. A letter was presented from the Public Roads Administration concur- 
ring therein. The Commission approved the recommendation unanimously. 


Roy L. Houck, Contract No. 2081, for grading, surfacing, and 
oiling the Lombard Street-Killingsworth Street Section of the North- 
east Portland Secondary Highway, in Multnomah County, requested an 
extension of time of 30 days, from June 15, 1939, to July 15, 1939, 
within which to complete this project. He pointed out that the 
specifications prohibited the laying of asphaltic concrete pavement 


under this contract before May 15, 1939, and that bad weather con- 
ditions from May 15 to July 1 prevented the performance of such work 
during that period, all of which accounted for the fact thet the job 
was not completed within the specified time limit. The Engineer ad- 
vised that rainy weather during May and June interfered waterially 
with the work on this project and caused unavoidable delay; also, 
considerably more materials were required to be excavated than was 
anticipated. Traffic, he said, has not been inconvenienced, and en- 
gineering expense in connection with the job has not been materially 
increased because the crew was engaged on other work at the same 
time. He recommended, in view of the circumstances, that the exten- 
sion of time requested be granted without penalty. The Commission 
approved the recommendation. 


Babler Bros., Contract No. 2137, for surfacing and oiling the 
Grant County Line-Unity Section of the John Dey Highway, in Baker 
County, requested an extension of time from July 31 to September 15, 
1939, within which to complete this project. They attributed their 
failure to complete the contract within the specified time limit to 
bad weather conditions which interfered with their crushing opera- 
tions. The Engineer advised that Babler Bros. were delayed in the 
erection of their crushing plant by deep snow, which prevailed un- 
til late in March over the section of the highway that was to be re~ 
surfaced; also, that they were forced to change their plans for the 
crushing of rock for reasons that were apparently beyond their con- 
trol. He recommended, in view of the circumstances, that the exten- 
sion of time requested be granted without penalty. A letter was pre- 
sented from W. H. Lynch, District Engineer, Public Roads Administra- 
tim, concurring therein. The Commission approved the recommendation 
wanimously. 
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Portland, Oregmn, July 27, 1939 


The State Highway Commission met in regular session at 9:00 o'clock 
a. m. in the Auditorium of the Public Service Building. Present were: 


Henry F. Cabell, Chairman 

E. B. Aldrich, Commissioner 

Huron W. Clough, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


Bids as follows for state highway construction projects were opened 
and read in conformance with previously published notice, following which 
Chairman Cabell announced that the award of contracts would be made at 3:00 


o'clock p. m. in the same room: 
COLUMBIA RIVER HIGHWAY a 

WARREN CREEK SECTION 3 

GRADING, BITUMINOUS MACADAM SURFACING,REINFORCED CONCRETE BRIDGE i 
Leonard & Slate 53,163.50 i 
Newport Construction Company 60, 563.90 ‘ 
McNutt Bros. 65,792.00 L 


PACIFIC HIGHWAY 
JUNCTION CITY-EUGENE SECTION - ROADSIDE IMPROVEMENT 3 


Blair T. Alderman $ 5,988.72 
D. L. Ashton 6,854.50 
Eugene Sand & Gravel Company 8,502.80 
Ed Walder 8,650.50 
River Bend Sand & Gravel Company 9,038.25 


COLUMBIA RIVER HIGHWAY 
EAST UNIT, TROUTDALE-CORBETT SECTION AND BRIDAL VEIL-BENSON PARK SECTION 
CLEARING, GRADING, 1.95 MILES ROCK TOE EMBANKMENT CONSTRUCTION 


Morrison-Knudsen Company $ 89,930.00 

E. L. Gates 98,340.00 

Roy L. Houck 99,216.00 

Leonard & Slate 101, 592.00 

E. C. Hail Company 104,337.00 

White's Trucking Company 109, 888.00 4 
Jacobsen-Jensen Company 111,104.00 t 
Alex Besoloff 128,885.60 P 
Newport Construction Company 138, 744.60 } 
Natt McDougall Compeny 148, 661.00 

McNutt. Bros. 191,902.00 
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Contract No. 2100, with F. C. Dillard, for clearing the 
Salt Creek Section of the Wille stte Highway, in Lane County, 
Completed July 10, 1939. 


Contract No. 2109, with E. C. Hall Company, for grading, 
surfacing, and oiling the Brothers-Harney County Line Section 
of the Central Oregon Highway, in Deschutes and Lake Coun- 
ties. Completed June 24, 1939. 


Contract No. 2115, with Norris Bros., for surfacing, 
oiling, and furnishing crushed rock on the Richlend-Halfway 
Section of the Baker-Homestead Highway, in Baker County. 
Completed June 30, 1939. 


Contract No. 2122, with E. F. Altree, for furnishing 
crushed rock for the Newport Section of the Oregon Coast and 
Corvallis-Newport Highways, in Lincoln County. Completed 
June 29, 1939. 


Contract No. 2131, with Leonard & Slate, for grading, 
surfacing, oiling, construction of 2 timber bridges, and fur- 
nishing crushed rock on the Jamieson-Lancaster Section of the 
John Day Highway, in Malheur County. Completed June 30, 1939. 


Contract No. 2135, with M. L. O'Neil & Son, for grading 
and oiling the Pendleton-State Farm Section of the Oregon~ 
— Highway, in Umatilla County. Completed July 14, 
1939. 


Contract No. 2148, with Chester T. Lackey, for oiling and 
furnishing crushed rock and gravel on the Juntura-Cairo Sec- 
tion of the Central Oregon and John Day Highways, in Malheur 
County. Completed June 30, 1939. 


Contract No. 2182, with Babler Bros., for oiling the Flat 
Creek-John Day Section of the John Day Highway, in Grant Coun- 
ty. Completed June 15, 1939. 


Contract No. 2194, with Norris Bros., for oiling the Ba- 
ker-Gibbs Ranch Section of the Beker-Unity Highway, in Baker 
County. Completed July 10, 1939. 


THEREFORE, BE IT RESOLVED, that the work covered by said 


state highway contracts for the construction of said state highway 
projects be declared completed according to the terms of the respec- 
tive contracts, and said jobs are hereby accepted and final payment 
in connection with each is hereby authorized. 


The meeting was declared adjourned at 7:00 o'clock p.m. 


f- Highway Engineer C ne 


Commissioner 
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inasmuch as there are proponents, not only for the Siuslaw improvement, but 
also for the construction of what is known as "Route F" from Eugene to the sea. 
Judge Hurd stated that both projects are important to Lane County and, while 
they do not in any way want to minimize the importance of the "Route F" road, 
they feel that the completion of this highway will not be accomplished for a 
long time and, in the meantime, the Siuslaw Highway must be improved in order 
to take care of the great amount of tonnage that has to be taken over it from 
the Lake Creek district. Chairman Cabell then explained that the Commission 
is not in position to pass deinitely on this matter at this time because fig- 
ures are not available as to the cost of the entire improvement, but the Con- 
mission will very likely heve such information before its next meeting and, if 
so, will be pleased to consider these, and will inspect the project in company 
with the members of the Lane County delegation within the next two or three 
weeks. The Engineer wes thereupén instructed to make a reconnaissance survey 
of this entire road to augment information previosly obtained with respect to 
the improvement of the Summit Section only. 


Mayor K. J. Franklin and City Manager J. H. Fasnacht, Bandon, were 
present and urged the early construction of the Bandon Section of the Oregon 
Coast Highway along the line of the permanent route recently adopted by the 
Commission. They declared that the people of this town cannot proceed with 
the development of their properties until they know just what the Highway Com- 
mission intends to do relative to right of way and grades, and urged the Com- 
mission to give the matter immediate consideration. They advised that the 
city owns considerable property along the adopted route anc that offers have 
been received for the purchase of some of it but the city does not want to dis- 
pose of such property without first giving the State Highway Commission an op- 
portunity to secure what it needs. They were informed by Chairman Cabell that 
the Bandon project is not included in the Commission's current construction 
program and it is very doubtful that the Commission will be able to place the 
work under contract this fall. However, the Commission will endeavor to in- 
clude the project in an early future program. The only thing that can be done 
now, he said, is to acquire the right of way, which the Commission will do as 
rapidly as possible. The Attorney was thereupon authorized and instructed to 
complete the acquisition of right of way for this project at once. The Engi- 
neer was instructed to arrange to set line and grade stakes to enable the 
people of this town to develop their properties in accordance therewith. 


Mr. Arthur B. Allen, Manager, Timberline Lodge, came before the Com- 
mission in regard to the placing of signs upon highway rights of way within 
a 50-mile radius of Timberline Lodge, directing tourists to the Lodge. He ad- 
vised that tourists now have difficulty in finding the Lodge and frequently 
take the wrong road, necessitating retracement and the traveling of consider- 
able mileage farther than is absolutely necessary. It was his thought that the 
maintenance of appropriate signs at important highway connections within a rea- 
sonable distance of the Lodge would remedy this situation, and asked the Con- 
mission to approve the same. After considerable discussion, the Commission 
approved the request and referred to the Engineer the matter of selecting loca- 
tions for the signs. It was agreed that the standard finger-board sign would 
be satisfactory for this purpose and that the inscription on the sign, in or- 
der to be consistent with the Commission's policy in this regard, should be 
limited to the word "Timberline". 
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A delegation from Lane County, consisting of Representative Earl 

Hill, Cushman; Mayor W. J. Kyle, of Florence; R. F. Bowman and George Nelson, 
also of Florence; County Judge Clinton Hurd and County Commissioner W. J. Hol- 
land, of Lane County; Charles Nelson and Bard Nelson, of Junction City; Julius 
P. Hult, of Horton; Fred M. Brenne, J. E. Turnbull, I. J. Rossman, and Hugh 
Ford, all of Bugene, conferred with the Commission. Mr. Hill headed the group. 
He asked, on behalf of the people of the town of Florence, for state coopera- 
tion in the construction of an approach to the Oregon Coast Highway from the 
Florence business district, which road would enter the highway on an extension 
of Lincoln Street, at a point several blocks north of the present approach, 
near the north end of the Siuslaw River Bridge. He alleged that the present 
highway connection is unsatisfactory in that it contains a very abrupt turn 
at the end of the bridge, which cannot be seen by motorists crossing the 
bridge from the south, and an unsafe condition exists for those coming from 
that direction who desire to visit the business district of their town. The 
proposed connection, he said, will provide a comparatively easy and safe en- 
trance to the business district. He further stated that the city has already 
acquired the right of way and cleared the same for this road and that the city 
has funds available in the amount of approximately $1,000 from its recent bond 
issue to apply on the cost of the work; but such amount, in their estimation, 
is insufficient to finance the project in its entirety, hence their request 
for aid from the State Highway Commission. He estimated that there are ap- 
proximately 12,000 cubic yards of sand to be moved in order to provide a sat- 
isfactory grade and urged the Commission to assist the city in this matter be- 
cause the city is not able to finance it alone and the improvement is a vital 
oe for the future welfare of the business interests of the town of 

orence. 


Chairman Cabell advised that the Commission expects to visit the 
town of Florence in the near future and will inspect this project at that 
time. He advised that before the Commission can make a definite decision 
with respect thereto, the Commission must ‘mow what the project will cost and 
whether or not the Commission has legal authority to spend state funds in con- 
nection therewith, but that the Commission will endeavor to pass on the matter 
at its next regular meeting. The Ingineer was thereupon instructed by the 
Commission to make investigation, as necessary, to determine the cost of the 
project and the Attorney was instructed to advise the Commission of its legal 
authority to contribute state funds for this purpose. 


This delegation then brought up for discussion the matter of the im- 
provement of the Siuslaw Highway through the Lake Creek District and across 
the summit of the Coast Range, involving the construction of « tunnel. Mr. 
Hill advised that this improvement is very necessary because, under present 
conditions, there exists a serious bottleneck that is not only unsafe for 
travel but is a considerable detriment to the port of Siuslaw. He strongly 
urged the rebuilding of this road, particularly the Lake Creek Section, in- 
cluding the tunnel, in order to eliminate the numerous sharp curves in the 
present road at this point. 


Chairman Cabell advised that the Commission is somewhat confused as 
to just what the psople of Lane County consider as their major highway project 
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The Commission discussed a report from Louis L. Crosby pertaining to 
the collection of fines for motor vehicle violations. The Attorney advised 
that Mr. Crosby is employed by the State Treasurer to check with Justices of 
the Peace relative to the collection of fines, and in connection with such 
work has unearthed other information which indicates that improvement could be 
made with respect to the reporting of fines collected. He suggested a standard 
form for such purpose, which suggestion was approved by the Commission by unan- 
imous vote. 


The Engineer reported the need to secure the approval of the United 
States War Department before proceeding with the proposed widening and recon- 
struction of the bridge across the entrance to Depoe Bay on the Oregon Coast 
Highway approximately 14 miles north of Newport, in Lincoln County. He re- 
quested authority from the Commission to present the plans of this structure 
to the War Department for such approval. The Commission approved the request 
by unanimous vote. 


The Attorney — the results of a cruise made by Mr. Walsh, of 
Brown & Brown, Inc., Port. , of timber growing on the Louis W. Hill land ad- 
jacent to the McKenzie Highway, near the town of Sisters, which property the 
Commission contemplates purchasing for state park purposes. He advised that 
Mr. Walsh's cruise indicates that the property contains 587,000 board feet, 
which is considerably in excess of the amount of the timber indicated by a 
cruise made by Mr. Whitten for the State Parks Department, two cruises by Mr. 
Keene for the Hill interests, and a cruise by the U. S. Forest Service. After 
discussion, the Commission decided to purchase the property on the basis of 
the low cruise made by the cruiser for the Hill interests. 


The Attorney reported receipt of an offer from Mr. B. L. Eddy , Rose- 
burg, on behalf of a client, to sell to the state certain property that is 
needed as right of way for the Pacific Highway in Roseburg. He advised that 
he valued this property at $100 but Mr. Eddy is demanding the sum of $200 for 
his clients. He recommended rejection of Mr. Eddy's offer and that the proper 
ty be acquired by condemnation in the event the owner will not accept $100 for 
the same. The Commission approved the recommendation unanimously. 


The Attorney also reported that an unsatisfactory condition exists 
with respect to land that the Commission acquired from George Joseph, Jr., as 
right of way for the Columbia River Highway, near Crown Point, in Multnomah 
County. He said that when this land was purchased the Commission did not con- 
template immediate construction of the highway, and agreed, by lease, to let 
Mr. Joseph use this property for pasture land tmtil it was needed for 
highway purposes; but it appears that an adjoining property owner, 4@ Mr. 
Luscher, continually leaves certain gates open, allowing his cattle to go 
through and graze upon the land that is under lease to Mr. Joseph, and, in or- 
der to remedy this situation, Mr. Joseph has asked permission to lock the gates. 
The Commission by unanimous vote approved of the locking of the gates provided 
it does not interfere with the use of the property by the state. 


The Attorney brought up for discussion the matter of acquisition of 
certain land adjacent to the Wolf Creek Highway that the Commission desires to 
purchase from the Oregon American Lumber Comsany for state park purposes. He 
said that a satisfactory agreement had been reached with the timber company 


Messrs. Robert W. Sawyer, E. B. McDaniel, and Ed Miller, represent- 
ing the Advisory Committee on Publicity Matters, appeared before the Commis- 
sion at this time with respect to the selection of an advertising agency to 
take charge of the Commission's publicity campaign during the year 1940. Mr. 
Sawyer headed the sroup. He advised that the members of the Advisory Commit- 
tee held a meeting on Tuesday, July 25, 1939, all members being present, for a 
discussion of this matter, and interviewed at such meeting representatives of 
a number of such agencies having headquarters in Portland and also inspected 
exhibits submitted by each agency. Further, that as a result of ther. inter- 
views, the Committee decided unanimously to recommend to the Highway Commis- 
sion the retention of the services of Botsford, Constantine, and Gardner, inas- 
much as the committee members felt that the state would receive more value for 
expenditures made through this agency than through another agency not familiar 
with the Commission's setup. Such recommendation, he added, is being made to 
the Highway Commission at this time orally and will be confirmed by written 
recommendation later. 


After discussion, the Commission, by unanimous vote, approved and 
adopted the recommendation of the Advisory Committee and thereupon ordered re- 
newal of the contract with Botsford, Constantine, and Gardner for the year 
1940. 


The Commission discussed with Mr. Sawyer matters pertaining to the 
improvement of the Cascade Lakes Forest Highway between Bend and Elk Lake, in 
Deschutes County. Mr. Sawyer gave as his thought that past agreements with 
respect to the improvement of this road should be carried out whether or not 
such agreements were in writing, and that in this particular instance moneys 
available for this highway should be spent at the north end of the road, in 
view of the fact that construction at tue southerly end between Diamond Lake 
and Crater Lake is completed. It was his belief that the selection of the 
type of improvement should be left to the Highway Commission and its Engineers 
although, in his estimation, a high type of improvement is not justified at 
this time, and no improvement at all would be preferable to the simple oiling 
of the existing road. He suggested the construction of a good travelable road 
as @ compromise and predicted that with such a road into this recreational area 
travél would increase greatly. 


Chairman Cabell advised that the Commission also feels that @ high 
type of improvement on this road is not justified and that the oiling of the 
present road would prove unsatisfactory. Further, that the Commission is in- 
clined to the belief that a satisfectory road could be obtained by construct- 
ing a roadbed with maximum 8 per cent grades and maximum 10 degree curves, and 
by oiling 4 narrow roadway. However, a definite decision with respect thereto 
cannot be made until a conference has been held with the Government authori- 
ties, inasmuch as this is a federal project. Such conference, he added, will 
be held in the near future. 


The Coimission by unanimous vote approved the minutes of the meetings 
held on March 2 and 3, March 21, April 5, 6, and 7, and April 21 to 25, in- 
clusive, 1939. 
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instructions in regard thereto. The Commission decided unanimously not to ask 
for a change of venue and to let the matter take its natural course. ¢ 


The Attorney requested instructions with regard to the removal of a 
church building from the right of way of the Pacific Highway West in the tom 
of Tigard. He said that inquiry has been made by Mr. W. G. Hare, attorney, 
Hillsboro, on behalf of the trustees of the church, whether or not the state \ 
would assume the responsibility for the moving of this church edifice because 
it is a matter entirely foreign to these people and they would much prefer 
that the state assume such responsibility in view of its experience in such 
matters. The Attorney pointed out that the Commission adopted a policy some 
time ago to leave such matters entirely in the hands of the owners of the 
buildings, and if the Commission assumes the responsibility in this instance, 
it would be deviating from such policy. However, he recommended such devia- 
tion in view of the fact that the building to be moved is a church and that 
the church officials are not prepared to handle matters of this kind. The 
Commission approved the recommendation subject to the condition that the state 
is put to no extra expense under the settlement previously agreed upon. 


oe 


The Commission approved settlement heretofore made by the Attorney 
with the Klamath Indian Agency for right of way acquired for the Cushman Kanch- 
Trail Section of the Tiller-Trail Secondary Highway, in Jackson County, in- p 
volving an expenditure of $1,150 for 11.78 acres of land. 


The Attorney requested authority to purchase fire insurance for 
buildings recently acquired from Mr. Duane Gibson, Salem, for right of way for 
the Salem South Section of the Pacific Highway, in Marion County. He advised 
that the improvements on this property cost the state $4,100 and that the own- 
ers have been carrying $3,200 insurance on the same. He further advised that 
the improvements are in first class condition, and, in his estimation, are 
worth being insured for a similar amount in view of the fact that they are not ei 
eligible for state insurance. The Commission approved the request by unani- 
mous vote. 


IETS 


The Attorney brought up for discussion the matter of preserving the i. 
approach to Boone's Ferry at Wilsonville when the new highway between West a 
Portland and Hubbard has been constructed. In the discussion of this matter \ 
it was pointed out that the proposed bridge over the Willamette River will be 
located some little distance down stream from the ferry but there are possi- 
bilities of developing a state park at this location. In view thereof, the 
Commission decided to retain the approach until the bridge is completea and 
then to investigate the state park possibilities. The matter was referred to 
the State Parks Suverintendent for investigation and report. 


The Commission discussed a request from the Episcopal Church people 
in Oregon City for a change in the plans for state highway improvement along 
Water Street as it affects the church property. It appears that when Water } 
Street was selected as the route of the state highway through Oregon City, | 
the church people made a tentative arrangement with the Clackamas County | 
Court for the sale of the church property to the county, but the deal was not 
consummated and the church people now want the State Highway Commission to 
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whereby the state purchases the land and the company retains title to the tim- 
ber; but the company has requested permission to delete from this deal a cer- 
tain 40-acre tract across which the company operates its logging railroad and 
whith they expect to use in their logging operations for a long time to come. 
The Commission by unanimous vote agreed to such deletion as a temporary propo~ 
sition with the understanding that the state will eventually acquire this 
40-acre tract when the company has discontinued the use of its railroad across 
the same. The Attcrney was instructed to prepare an appropriate agreement 
with the company covering the matter. 


In this connection the Attorney reported the results of interviews 
with the various timber owners along this highway for the acquisition of addi- 
cdonal recreational sites. Detailed information with respect to each site was 
presented, including costs, which he said total approximately $22,000. The 
matter was discussed at considerable length. Chairman Cabell gave as his 
thought that it would be advisable to acquire these tracts in order to prevent 
their being commercialized. Commissioners Aldrich and Clough concurred. The 
Attorney was thereupon authorized and instructed to proceed with the taking of 
options on the basis of his report. He was also authorized to secure options 
for all other properties along this highwey that can be acquired at a price 
not to exeeed $5.00 per acre. 


The Attorney reported an offer from Mr. A. G. Beattie, Oregon City, 
attorney for Mrs. Annie Busch, for the settlement of Mrs. Busch's claim for 
damages arising out of a change in the grade of llth Street necessitated by 
the construction of the new highway in Oregon City. He advised that Mrs. 
Busch has agreed to withdraw her claim if the Commission will deed to her that 
portion of the new highway right of way that lies between her property line 
and the toe of the new highway fill. The Commission deferred a decision in 
this matter pending completion of the highway, when it will be ascertained 
whether or not the state has use for such property. 


A letter was presented from Mr. Alden E. Miller, City Attorney, Ore- 
gon City, advising that the city has been approached by private interests with 
respect to the purchase of a portion of Lots 7 and 8, in Block 9, Oregon City, 
which was acquired by the city some time ago as right of way for the old di- 
agonal roadway along llth Street, connecting Main Street with Water Street. 

It was Mr. Miller's thought that this property is of no further value to the 
state, due to the fact that the Highway Commission has constructed a new ap- 
proach between Main Street and Water Street (Pacific Highway East), so the 
Commission probably would have no objections to its sale, although the city 
wants to know definitely if this is the case before selling it. The Commis~ 
sion deferred a decision in this matter pending completion of the highway. 


The Attorney requested instructions relative to the case of the 
state versus Security and Investment Company, Oregon City, pertaining to right 
of way needed for the Oregon City Section of the Pacific Highway. He said 
that if a change of venue were requested in this case on the grounds that the 
jurors were prejudiced against the plaintiff, then it would be necessary for 
the Commission to adopt a resolution requesting such change. However, it is 
quite likely that a change would considerably delay the trial. He requested 


a public hearing was held in Reedsport on June 21, had the attention of the 
Commission. The Commission selected the route that was suggested at the hear- 
ing and thereupon, by unanimous vote, adopted the following resolution in re- 
gerd thereto: 


WHEREAS, pursuant to notice given by Section 44-120, Ore- 
gon Code 1935 Supplement, the Commission met in the Council Chambers 
of the Reedsport City Hall at the hour of 11 A. M. on the twenty- 
first day of June, 1939, for the purpose of conducting a hearing as 
providee for in said law with respect to the proposed change in the 
point or place of entrance of the Umpqua Highway into the City of 
Reedsport and the proposed change of a portion of the route in and 
through said City; and 


WHEREAS, said meeting was called to order by Henry F. Cab- 
ell, Chairman of the State Highway Commission, who explained to 
those assembled the purpose of the meeting and the proposed change 
with respect to the point of entrance of said highway into said 
City and the proposed change of a portion of the route in and 
through said City, and the Chairman then invited discussion with 
respect to said matters and extended to all persons present an op- 
portunity to be heard for or against the said proposed change; and 


WHEREAS, after all who evidenced a desire to be heard 
had entered their names in the records and minutes of the meeting 
and had declared their approval or disapproval of said proposed 
change, the Chairman of the Commission announced that said matter 
would be taken under advisement by the Commission and a decision 
made and announced at a later date; and 


WHEREAS, after due and full consideration of said matter 
and of the arguments and declarations made for and against the said 
proposed change at said public hearing, both with respect to the 
point of entrance of said highway into said City and with respect 
to the change of route in said City; and the Commission now being 
fully advised with respect to all of said matters, it is the opin- 
ion and judgment of the Commission that the interests of the State 
at large will be best served by the adoption of said proposed change 
of the route of said highway in and through said City and the change 
with respect to the point of entrance to said City, all of which 
changes will in the judgment of the Commission make possible a bet-~ 
ter alignment and a more serviceable, convenient and safe thorough- 
fare into and through said City, and therefore, it is the opinion 
of the Commission that the route and alignment of said highway 
should be altered and modified and the point of entrance into said 
City and the route in and through said City should be changed and 
fixed and determined all as in said notice announced and at said 
hearing heard and discussed; 


NOW, THENEFORE, BE IT AND IT HEREBY IS RESOLVED by this 
Commission, a majority of the members being present and affirmative- 
ly voting, as follows: 
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revise its plans for this improvement to include the construction of an ap- 
proach to the highway along 9th Street, past the church property, which would 
necessitate the elimination of guard rail that is proposed along this particu~ 
lar section. The Engineer recommended against such change on account of the 
traffic hazard that would be created thereby. The Commission approved the rec- 
ommendation and decided unanimously to adhere to the original plan for this 
highway improvement. 


Reconsideration was given by the Commission to the matter of sale of 
an old gravel pit situate adjacent to the Pacific Highway about 2 miles south 
of Junction City. It was explained that the Oregon Electric Railroad lies be- 
tween this pit and the highway and that the pit is of no value for state pur- 
poses inasmuch as al] material valuable for state highway construction has 
been removed, and it was recommended that the property be sold. The Commis- 
sion ordered that it be offered to other state departments, to Lane County, 
and to the original owner, in the order mentioned, and if none are interested 
in the property, then the Attorney is authorized to sell it at a reasonable 
price to anyone desiring the same. 


The Attorney requested instructions relative to securing title in- 
surance in connection with future real property purchases. He pointed out 
that the present policy is to secure title insurance if the purchase does not 
involve an expenditure of more than $500, but since such policy was established 
the title insurance companies have raised their rates about 25 per cent, which 
brings up the question whether or not the Commission desires to change ite 
policy. The Commission deferred action on this matter until the next meeting. 


The Secretary presented a resolution from Westmost Grange No. 884, 
Bandon, Oregon, in which the Commission was urged to create a state park at 
a place know as Crofts Lake, near Bandon, in Coos County. The matter was 
referred to the State Parks Superintendent for investigation and report. 


The Engineer requested authority to post the Elsie-Necanicum Junc- 
tion Section of the Wolf Creek Highway for a 35-mile-per-hour speed limit and 
to also post this highway where it passes the Bear Creek Camp for the same 
speed limit, due to the heavy traffic that this road is now carrying and the 
hazardous condition that obtains during the highway construction operations. 
The Commission approved the request by unanimous vote. 


The Engineer reported on the cost to conduct snow-removal operations 
on the Weston-Elgin Secondary Highway, in Umatilla and Wallowa Coun in 
order to keep this highway open for traffic throughout the winter season. He 
estimated that such work would cost from $10,000 to $12,000 and advised that 
if the Commission ordered the work done it would be necessary to purchase ad- 
ditional snow-removal equipment. The Cormission considered that this expense 
is not justified by the traffic that would use the road during the winter 
months and accordingly denied the request of the Wallowa Community Service 
Club that this road be kept open for travel throughout the entire year. 


The matter of adopting e permanent route for the Umpqua Highway 
through the town of Reedsport, Douglas County, in connection with which matter 


of cars in connection with the conduct of the business conducted upon 
the abutting property; and 


WHEREAS, in the opinion of the Commission, the use of any 
portion of the right of way of a highway either for the parking of 
cars or for other purposes in connection with the conduct of a bus- 
iness interferes with the proper construction and maintenance of 
the road, impairs the width of right of way, in some instances in- 
terferes with sight distance and otherwise tends to inconvenience 
the traveling public; and 


WHEREAS, it is the judgment and opinion of the Commission 
that an abutting property omer proposing to conduct on his proper- 
ty any commercial activity should so arrange his plant or buildings 
that it will not be necessary for persons using the public highway 
and patronising the said business to park or stop upon any portion 
of the right of way of the highway, but provision should be made by 
the property owner whereby such patrons may entirely leave the right 
of way for the transaction of business, and thereafter at a conven- 
ient place return again to the highway; and 


WHEREAS, the Commission is of the opinion that it is with- 
out authority to dictate to an abutting property owner how or in 
what respect he may use his property or where on such property he 
may place improvements or structures, but the Commission believes 
that it nevertheless does have authority to, by rule and regulation, 
prohibit the use of any portion of the right of way of a highway for 
the conduct of or in connection with the conduct of a business oF 
commercial activity; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
Highway Commission as follows: 


1. That the parking of cars on the right of way of any 
primary or secondary highway for service at a gasoline service 
station or for the transaction of business carried on on property 
abutting upon the right of way of such highway, or for any other 
purpose other than the normal. and fundamental use of such highway, 
hereby is declared to be against public interests and interferes 
with the proper construction and maintenance of such highway and 
oftentimes becomes 4 hazard to the motoring public, and, therefore, 
in the judgment of the Commission any such use or practice should 
be prohibited. 


2. That the State Highway Ingineer be and he hereby is 
instructed and directed to report to the Commission any property 
owner who is using any part of the right of way of a primary or sec- 
ondary state highway for the parking of cars or for other use in 
connection with the conduct of a business carried on upon property 
abutting upon said highway. 
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1. That the said route and location of the Umpqua Highway 
as the same enters the City of Reedsport and the route in and through 
said City shall be and the same hereby is located along a route and 
streets defined and described as follows: . 


Beginning at the southerly city limits of the City of 
Reedsport, said point of beginning being approximately 330 
feet east of the south quarter corner of Section 36, Town- 
ship 21 South, Range 12 West, W. M.; thence in a northwest- 
erly direction along old route to Winchester Avenue; thence 
continuing in a northwesterly direction to "L" Street near 
15th Street; thence westerly along "L" Street to about 12th 
Street; thence in a northwesterly direction to a connection 
with the Oregon Coast Highway hear the intersection of 9th 
and Holliday Streets. 


2. That the said above described route, location and align- 
ment be and the same hereby is adopted as the route and location of 
said highway between the termini as defined and described above. 


3. That the Ingineer be and he is hereby instructed to def- 
initely locate and establish said highway by proper monuments and mark- 
ers and make proper record thereof in the records of the Highway Com~- 
mission, and erect proper signs on the street or streets over which 
said highway is routed, and proceed with the permanent improvement and 
maintenance of said highway along the route herein defined and in har- 
mony with plans and specifications by this Commission approved. 


4. That this resolution be entered in the records and min- 
utes of the Highway Commission, and a duly certified copy thereof 
mailed to the Mayor of the City of Reedsport and a like copy to the 
County Court of Douglas County. 


The Commission also discussed the subject of the use of highway 
rights of way in connection with the conduct or operation of a business locat- 
ed on abutting property. The following resolution witii regard thereto was of- 
fered and was adopted by the Commission by unanimous vote: 


WHEREAS, the volume of traffic which moves over and uses 
the highways of the State is steadily increasing, thereby demanding 
wider highways and improved alignments; and 


WHEREAS, as quickly as highways are improved abutting prop- 
erties are developed for the conduct of business and industries of 
various types; and 


WHEREAS, there has been a growing tendency upon the part of 
abutting property owners whose properties have been devoted to the 
conduct of business or industry to so arrange their properties as to 
require portions of the right of way of the highways for the parking 
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city authorities of Prineville for that portion of the secondary 
highway lying within the City of Prineville; and that portion be- 
ginning at the north city limits of Prineville and extending to the 
Jefferson County line shall be exclusively under the jurisdiction 
of the County Court of Crook County; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission, all members being present and affirmative- 
ly voting and participating as follows: 


1. That the following described section of the Warm 
Springs Secondary Highway No. 360 is hereby eliminated from the sec- 
ondary state highway system, to wit: 


Beginning at the intersection of A (Main) Street and 
Third Street in the City of Prineville; thence northerly 
along A (Main) Street and via former Market Road No. 4 to 
the Jefferson County line, a distance of 10.70 miles. 


2. That the said above described section is hereby de- 
clared to be eliminated and removed from the secondary system of 
highways and from and after the adoption of this resolution shall, 
for that portion within the City of Prineville, become a city street, 
and for that portion beginning at the north city limits of Prine- 
ville and extending to the Jefferson County line, the construction, 
repair, maintenance or improvement, and the jurisdiction thereof, 
shall be exclusively under the city authorities of the City of Prine- 
ville and the County Court of Deschutes County, respectively, as pro- 
vided by law. 


3. That the resolution be entered in the minutes of the 
Commission and a duly certified copy thereof mailed to the County 
Court of Crook County and to the City Recorder of the City of Prine- 
ville. 


WHEREAS, under the provisions of Chapter 248, Laws of 1931, 
and Chapter 196, Laws of 1935, the State Highway Commission, by m- 
tual agreement with the respective county courts of the several 
counties of the State, is authorized and empowered to select, locate, 
and designate a system of secondary state highways, which highways 
shall be selected from the market roads or other county roads, or 
available locations or routes of the several counties; and 


WHEREAS, the State Highway Commission, by mutual agreement 
with the Crook County Court of the State of Oregon, has selected the 
road or highway hereinafter named, and it is the purpose of the Com- 
mission to officially and regularly designate and adopt said highway 
as @ highway to constitute, together with other highways heretofore 
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3. That the said Engineer be and he hereby is instructed 
to inform and advise all property owners who contemplate the con- 
struction of a business or commercial institution on —~ abut- 

the hi way, and all persons who are now opera g or con- 
pone a —— abutting upon such highway, that the parking of 
cars on the right of way for service or for the transaction of bus- 
iness in connection with such commercial activity shall be and is 
prohibited by the Highway Commission. 


In this connection the Engineer was instructed to prepare a short 
form letter covering the matter for distribution among Highway Department em- 
ployees concerned and people who are now conducting, or propose to conduct, & 
business of some kind adjacent to state highway rights of way. 


The Commission had under consideration resolutions from the County 
{ourt of Crook County requesting the rerouting of the warm Springs Secondary 
Highway between Prineville and the Jefferson County line, in accordance with 
the plan proposed at the public hearing held by the Commission in the tow of 
Prineville on Mey 17, 1939. After discussion the Commission approved the re- 
quest and by unanimous vote adopted the following resolutions in regard there- 
to: 


WHEREAS, under the provisions of Chapter 248, Laws of 1931, 
and Chapter 196, Laws of 1935, the State Highway Commission, by mu- 
tual t with the respective county courts of the severul coun- 
ties of the State, is authorized and empowered to select, locate and 
designate a system of secondary state highways, which highways shall 
be selected from the market roads or other county roads, or available 
locations or routes of the several counties; and 


WHEREAS, the State Highway Commission, by mutual agreement 
with the Crook County Court of the State of Oregon, has heretofore 
selected and regularly adopted, as provided by law, the Warm Springs 
Seconds.y Highway No. 260; and 


WHERE'S, it is now the intention of the State Highway Com- 
mission, by mutual agreement with the Crook County Court of the 
State of Oregon, to eliminate and remove from the system of second- 
ary state highways, under the provisions of Chapter 196, Oregon Laws 
of 1935, the hereinafter described section of the Warm Springs Sec- 
ondary Highway No. 360; and 


WHEREAS, it is mutually understood and agreed by the State 
Highway Commission, the Crook County Court, and the City of Prine- 
ville of the State of Oregon, that from and after the adoption of 
this resolution by the State Highway Commission the hereinafter de-- 
scribed section of the Warm Springs Secondary Highway No. 360 shall, 
under the provisions of the Laws of Oregon, become a city street and 
county road, and the construction, repair, maintenance or improve- 
ment, and the jurisdiction thereof, shall be exclusively under the 
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part of the Cape Arago Highway and therefore as a part of the sec- 
onary highway system, the fragment or portion of the right of way 
of the old alignment hereinafter defined and heretofore included 
within the area of the right of way of said secondary highway as 
formerly located, improved and used; 


NOW, THEREFORE, the premises being in general as above 
stated, it hereby is resolved by this Commission, the majority of 
the members being present and affirmatively participating, as fol- 
lows: 


1. That the section or portion of Cape Arago Highway 
which lies along a route and over real property hereinafter particu- 
larly described, which route was formerly a part of the said second- 
ary highway and which said real property was formerly within the 
limits of the right of way of said highway, but which real proper- 
ty is now without the limits of the right of way of said secondary 
highway as the same has been relocated, and which route is no longer 
@ part of said secondary highway, be and said section of highway 
hereby is abandoned as a part of the route of the said secondary 
highway and as a part of the right of way of the same, and said 
route and right of way hereby is left to revert to Coos County for 
right of way and public highway purposes. 


2. The portion of said secondary highway which now is 
abandoned by the State Highway Commission as a section or part of 
the Cape Arago Highway is described as follows: 


All of that certain Section of the old right of way 
of the Cape Arago Highway No. 240 lying in the Town of 
Charleston and in use prior to 1934 which lies North of 
@ line 40 feet North of and parallel to the center line 
of the reconstructed highway and between approximately 
Engineer's Station 264+80 and the East shore of South 
Slough and including such portions of the old South Slough 
Bridge as are now in use as an approach to the wharf and 
log dump on the East shore of South Slough. 


In addition to the foregoing description of said abandoned route and 
right of way there is attached hereto a print or map marked "Exhibit 
‘A'" and by this reference made a part hereof, upon which map there 
is shown shaded in red the abandoned section of said highway which 
for identification purposes bears the signature of K. D. Lytle, Di- 
vision Engineer, H. G. Smith, Construction Ingineer, and C. B. Me- 
Cullough, Assistant State Highway Engineer, and bears date of June 
1, 1939. * 

3. In the event there remains any physical connection be- 
tween any portion of said abandoned right of way or highway and the 
present highway, and by reason of such physical connection traffic 


“Map filed in Right of Way Abandonment and Retention Files - No. 64 
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adopted and/or which may hereafter from time to time be added, the 
system of secondary state highways under the provisions of said acts; 


NOW, THEREFOR:, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission, all members being present and affirmative- 
ly voting and participating, as follows: 


1. That the following described market road, county road, 
highway, route, or location of a highway in Crook County be and the 
said market road, county road, highway, location, or route, hereby 
is selected, designated, established, adopted and approved as a sec~ 
ondary state highway and shall be and hereby is designated as a part 
of the secondary state highway system, to wit: 


A relocation of the Warm Springs Secondary Highway 
route described as follows: Beginning at the intersection 
of A (Main) Street and Third Street in the City of Prine- 
ville; thence westerly along Third Street to a point near 
Park Boulevard; thence in a northwesterly direction to the 
Jefferson County line, a distance of 10.55 miles. 


2. That the said highway shall be and hereby is qualified 
for improvement under the provisions of said Chapter 248, Oregon 
Laws 1931, and amendments thereof. 


The Engineer reported that a portion of the Cape Arago Secondary 
Highway within the town of Charleston has been reconstructed on new alignment 
rendering valueless for state highway purposes 4 portion of the old road at 
this place. He recommended that the old portion be abandoned in favor of Coos 
County and presented a map showing such portion. After due consideration, the 
Commission approved the recommendation and by unanimous vote adopted the fol- 
lowing resolution in regard thereto: 


WHEREAS, in order to afford a better alignment and a more 
satisfactory, safe and convenient highway for the traveling public 
the Commission found it necessary to relocate a portion of the Cape 
Arago Highway, otherwise designated as Secondary Highway No. 240, 
in Coos County; and 


WHEREAS, by reason of said relocation and the reconstruc- 
tion of said section of said bighway there was eliminated and made 
unnecessary as 4 part of the completed highway a certain section 
which is more specifically defined and described hereinafter in 
this resolution; and 


WHEREAS, it is the judgment and opinion of the Commission 
that there should be reflected in the minutes and records of the Com- 
mission the purpose and the plan of the Commission to bandon as 4 
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WHEREAS, as a result of negotiations carried on with the 
owners of the property required, options have been obtained, which 
options have been considered by the Commission, outlining the bases 
of settlement which have been agreed upon; and 


WHEREAS, it is the judgment of the Commission that the 
said options should be approved and accepted, and/or the said re- 
ports be declared acceptable to the State Highway Commission as be- 
ses of settlement for the properties involved, and that the acqui- 
sition of the properties should be completed: 


NOW, THEREFORE, BE IT RESOLVED that the several offers, 
or bases of settlement hereinafter enumerated be, and the same 
hereby are, approved and accepted, and that the Attorney for the 
State Highway Commission be, and he hereby is instructed to com- 
plete the acquisition of the said properties and to take title 
thereto in the name of the State of Oregon. The said properties 
hereby ordered and authorized to be acquired are as follows: 


Section, Hwy., and Omer Purpose Acres Approximate Amounts Agent 


Clackamas County § - 
1272-Donohue, A. P. 7, 2.10 $20 per a. Schannep 


Portland-Milwaukie Section - Pacific Highway East 
3506A-Scott, Richard W., Division 0.46 $869.56 per a. 
Trustee Hdgtrs plus $68.40 DeSouza 


) —_ 
a John H., Jr. Park 37.5 1.1 a. at $30 per a. Parker 


36.4 a. at $28.16 per a. 


7057-Smith, John H. and n 63.42 20.0 a. at $100 pera. " 
Waterhouse, David T. 43.42 a. at $28.16 per a. 
7054-Smith & Waterhouse " 4.47 $28.16 per a. " 
7045-Smith & Waterhouse " 6.41 5.9 a. at $100 per a. 0 
0.51 a., $3.40 Lump Sum 
7053A-Wright-Blodgett Company " 44.8 $1,000 Lump Sum . 
7053B-Wright-Blodgett Company " 26.26 22.4 a. at $20 per a. n 
3.86 a. at $220.73 per a. 
7055~Rierson, Lawrence E. " 5.96 $25 per a. plus $51 " 


Z k - Wo ek 
Tei Suneet Logging Company Park 63.00 10.0 a. at $50 per a. Parker 


(approx.) 14.0 a. at $40 per a. 
12.0 a. at $10 per a., 
plus $1859 
4.0 a. at $100 per a. 
19.0 a. at $27.50 per a., 
sgeee dl $24.25 
.O a., Lump 2h 
7046-Sunset Logging Company " 406.09 $5 per a. 
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from the existing highway may enter or use the said abandoned por- 
tion of the old road to the possible damage or injury of such traffic 
by reason of any unsafe condition existing with respect to seid old 
or abandoned road, then the State Highway Engineer is hereby author- 
ized and directed to erect such barricade or other safeguards as may 
be necessary to protect and safeguard traffic using and employing 
said newly located, constructed and dedicated section of said high- 
way. If it is the purpose of the County Court of Coos County to con- 
tinue to maintain for public travel the said abandoned section of 
the said secondary highway and maintain a connection between said 
abandoned section and the route of said secondary highway as relocat- 
ed, then upon satisfactory showing by the Court that said abandoned 
road is to be maintained by the County as 4 county road, the Engineer 
may discontinue the maintenance of the barricade heretofore ordered. 


4. This resolution shall be entered in the minutes and rec- 
ords o2 the Commission and a certified copy thereof promptly delivered 
to the County Court of Coos County, together with a copy of said ex- 
hibit, and said County Court by this resolution is requested to take 
official action with respect to the abandoned section of the route of 
said secondary highway and enter such action in its records and fur- 
nish the State Highway Commission with a certified copy thereof, by 
which action or resolution the County Court is requested to advise 
and inform the Commission with respect to the County's purpose to 
maintain for public travel the abandoned section of said secondary 
highway. In the event the County Court does not disclose its purpose 
to maintain for public traffic the abandoned section of said second- 
ary highway, then the State Highway Engineer is authorized to erect 
necessary barriers or barricades at the point where said abandoned 
section of said highway connects with the relocated route or line of 
the said secondary highway, to the end that traffic using the newly 
located secondary highway may not have access to said abandoned sec- 
tion of said secondary highway. 


The Commission adjourned at 12:00 o'clock noon and reconvened at 2:00 


o'clock p. m. in the same room with all Commissioners present and participat- 
ing. Also present were the State Highway Engineer, the Attorney, and the Sec- 


retary. 


property that are needed for various highway improvements throughout the state. 
He submitted s list of such properties together with prices that he recommend- 
ed be paid for each. After careful study, the Commission approved the request 
and by unanimous vote adopted the following resolution in regard thereto: 


JUL 27 


The Attorney requested authority to acquire certain parcels of real 


WHEREAS, in connection with the further improvement of the 
highways hereinafter designated, it is and has been necessary to ac- 
quire property for right of way, quarry sites, gravel or other ma- 
terial sites, or sites for the storage of materials, as hereinafter 
more definitely set forth; and 


1939 


Section, Hwy., and Ower Purpose Acres Approximate Amounts Agent 


{Bout MerabCield Section. contjaued) 
7103-Weikel, Hannah Amelia 9940 sq.ft. 5¢ sq.ft. plus $50 Benson 


710l-Watkins, Orville, and ” 9000 sq.ft. $1000 Lump Sum ° 
Farr, Chester C. 
7100-Sturdivant, Ira " 6000 sq.ft. $1650 Lump Sum , 


6l-Brown,Margaret C.Hohl  F 2190 sq.ft. 35¢ sq.ft. + $733.50 + 
(Correction) moving bidgs. (Low 


bid $2510) Benson 
6770-General Petroleum Corp. " 0.585 $1000 per a. " 
6772-Rapp, Gary " 0.67 $225 Lump Sum " 


a, 121 0 oF ld sq.ft. McCallister 


7095-Merryeen, Enmett " 8,407 sq.ft. 2¢ sq.ft. + $90 . 
7066-Young, Richard T. ° 9,393.58q.ft. 24¢ sq.ft. + $115.17 bd 
7096-Cogeshall, Harry " 19,372 sq.ft. 25f sq.ft. + $762.44 " 
7097-Josephine County " 20,838 sq.ft. Gratis ° 
and Park 
= ~ er- wa: 
7023-Mercier, Buford L. ij and 7.212 $10 per a. Benson 
Borrow Pit 
7030-Blaess, Charles E. R/W 7.38 $100 per a. " 
7033-Ash, Frances M. " 0.32 $500 per a. + $109.75 n 
7034-Dawson, Carl L. “ 0.34 0.20 a. at $500 per a. 
0.14 a. at $10 per a. 
plus $33.75 . 
7025-Shadley, Benj. H. et al " 11.79 5.41 a. at $50 per a. 
Gravel Pit 1.40 a. at $10 per a. 
4.98 a. at $100 per a. 
plus $367.50 ° 
7031-Mallery, Alam R/W 3.28 2.28 a. at $250 per a. 
(Correction) 1.0 a. at $20 per a. 
plus $425 plus moving 
bldgs.(Low bid $700) " 
7026-Siemes, Max s 2.25 Land Gratis, plys $15 ® 


*) r in BG) — , OD = =! 1 pees th. u L1LWwe 
7049-California-—Oregon Maintenance 3.825 Land $400, plus $117 Benson 
Power Company Site 


§ : phway 
Pintcneton Tees ‘i. 0.74 a. at $100 per a. 


(Correction) 0.66 a. at $10 per a. 
plus $268.10 ‘McChesney 


DeSouza 
(Continued on next page) 
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Section, Hwy., and Osner Purpose Acres Approximate Amounts Agent . 


7145-Johanson, Fritz af 500 sq.ft. 7: sq.ft. + $25 + mov- 


ing bldg. (Est.$600)McCallister 


T143-A. Puusti Company s 350 sq.ft. $50 Lump Sum ® 
es Charles M. Stock Pile 1.61 5-yr. lease, Lump Sum $100 
McChesney 


663 sq.ft. $100 Lump Sum McCallister 


64,74-Greenwood, Ira J. " 2614 sq.ft. $35 Lump Sum " 
64,75-Holoubek, Frank " 2.0 $75 per a. plus $100 " 
551l-Dethman, C. Estate ® 8.36 $60 per a. 


$300 per a. + $18 + — 
ing bldgs. (Low bid $1120) 


Bensan 
ake Section — Oregon Coast pes 
337-Seaside, City of 54930 sq.ft. Gratis. (Property not 


required for R/W to be 
conveyed back to city) 
McChesney 


a W 
hte. Helen Lydia Wi 4020 sq.ft. 4€ sq.ft. + $164.20 Collins 
" 0.77 : 


6999-Pfaffle, C. H. $1500 per a. + $2845 + 
moving bldgs.(Est $1000) " 


6987-School District #23 " 5500 sq.ft. 4f sq.ft. + $430 " 
6998-North, Vivian H. " 7074 sq.ft. 8¢ sq.ft. + $5434.08 n 
wber, - P : hi 
4293-Evergreen Memorial Park 17 2.466 1.406 at $1600 Lump Sum 
Ass'n. (Correction) 1.060 at $400 per a. + 


$3040.70 + sloping & 
planting banks (Eat.$500)" 


990° 


ence of North America,Inc. 
5717-Childs, Charles, and Slope 


Pagles, Wm. Easement 198 sq.ft. Gratis " 
5852-Bahrke, E. D. R/W 2831 sq.ft. 34 sq.ft. plus $7 id 
5845-Jabech, August, Adm'r ® 13060 sq.ft. 5f sq.ft. + $2447 " 

Forrest Barker) 

South Marshfie = 
7093-Pruitt, P. J. 3 lots (Approx. 8200 sq.ft.) at 

5¢ sq.ft. + $2090 Benson 
7094-McGee, Robert " 4 lots (Approx.12,000 sq.ft.) 


at 5¢ sq.ft. + $500 * 


(Continued on next page) 
27 1959 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


eee Harley P. Maintenance 


Site 41,400 sq.ft. 16,400 sq.ft. at 1¢ sq.ft. 
16,400 sq.ft. at 3¢ sq.ft. 
8,600 sq.ft. at 5¢ sq.ft. 
Plus $125, plus deed from 
State for approx. 7220 sq.ft. 
lying outside right of way 
McChesney 


The Attorney requested authority to condemn the following properties 


that are needed for highway improvements: 


Quarry site from Ralph Chambers.and the State Land Board (trans- 
action No. 6495), from which to secure materials for the construction 
of the Buchanan Ranch-Juntura Section of the Central Oregon Highway. 
Amount offered $5.00 per acre. 


Right of way needed for the Salem-Pringle Creek Section of the 
Pacific Highway East, Marion County, from Benjamin Franklin Federal 
Savings and Loan Associationand L. C. Harkey (transactions Nos.5'782 
and 5783). Also right of way needed from A. E. Heasley for the 
Salem-Pringle Creek Section (transaction No. 5916). Respective of- 
gg ae Fo and $650. Demand of former, $1,750. No price set by 

° ey. 


Right of way needed for the Service Creek-Burton Canyon Sec- 
tion of the John Day Highway, in Wheeler County, from School Dis- 
trict No. 7 (right of way transaction No. 6745). This is a friend- 
ly condemation. 


Right of way needed for the St. Helens Section of the Columbia 
River Highway, in Columbia County, across property of Erickson Dairy 
Products Company (transaction No. 5725). Amount of offer, $700. 
Amount demanded, $1,210. 


Right of way needed for the Warren Creek Section of the Colum- 
bia River Highway across the property of John Lawler and Eleanor 
Lawler, his wife, Hood River County, (transaction No. 6465). No of- 
fer made, as efforts to contact owners have failed. 


After discussion, the Commission approved the request and by unani- 
vote adopted the following resolutions with respect thereto: 


WHEREAS, the State Highway Commission is by law authorized 
and directed to lay out, locate, designate, construct, improve, 
and maintain a system of state highways in the State of Oregon and 
te acquire by donation, purchase, agreement, condemnation, or by 
the power of eminent domain title to land upon or under which there 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


(Picture Rock Pass-Hunter -, Section, continued) 
5260-Harris, S. D. and 1.82 $100 per a. + $2348.25 


(Correction) Ditch Easement 


28 Slover, William M. 
6897-Verling, W. K. 


oe 0 a. a $50 per a. 
4.19 a. at $10 per a. 
plus $583.75 
6835-Carson, George G. Gravel Pit 9.7% $80 per a. + $139.50 
Rock Quarry 
6834-Justice, H. G. Gravel Pit 10.94 + $101.75 


Teii-Southnorth Bros. R/ Wi . + $584.40 

7017-Oliver, Frank & Herman " 5.23 $10 per a. + $95.45 
Ditch Easement 

7089-Worth, James L. 3.45 $15 per a. + $75 


Road 
7104-U. S. Government 355 rods fencing at 50¢ per rod 
(H.C.Herburger, Lessee) DeSouza 


: "3540 sq.ft. $0.02 oq.ft.+ $37.12 Gardiner 
7137-Sitter, Alyse 280 sq.ft. $10 Lump Sun 


reek - Oc 
Dobbs, E. S. Estate Quarry 2.83 a. at $10 per a. 


and Stock Pile 0.69 a. at $100 per a. 
er 


"$38 per a. + $29.25 Wells 
5010-Moore, Milton R/W $100 per a. + $731.75 


>ek—Hepon 


=4"- INE NEL von VYanydy: 
6560-Applegate, Elmer W. 
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4e That I. H. Van Winkle, Attorney General of the State 
of Oregon, and J. M. Devers, Assistant Attorney General and Attor- 
ney for the State Highway Commission, be and they are hereby re- 
quested, authorized, and directed to attempt to agree with the om- 
er or omers and/or with the tenants or persons in possession, if 
there be any, of said parcel or parcels of land with respect to 
the compensation to be paid for the teking of the same and the dap- 
age, if there be any, and in the event that no satisfactory agree- 
ment or agreements can be reached, then it is hereby further re- 
solved that the Attorney General of the State of Oregon and J. M. 
Devers, Assistant Attorney General and Attorney for the State High- 
way Commission, be and they hereby are requested to commence and 
prosecute to a final determination such suit or action, or suits 
or actions, as may be necessary and appropriate to acquire title 
to the said premises and all rights therein for the purposes here- 
in stated. 


5. That this resolution be entered in full in the min- 
utes and records of this Commission. 


WHEREAS, the State Highway Commission is by law author- 
ized and directed to lay out, locate, relocate, designate, con- 
struct, reconstruct, improve, and maintain a system of state high- 
ways in the State of Oregon, including both primary and secondary 
state highways, to acquire rights of way necessary therefor, and 
to declare the necessity and ne:d for the acquisition thereof, and 
the advantages to be gained thereby; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission as follows: 


1. That the State Highway Commission does hereby find 
and declare that it is necessary, will be of advantage to the 
State of Oregon, and is needful that the State acquire for right 
of way purposes for use in connection with the permanent location, 
construction, improvement, and maintenance of the following sec- 
tion or sections of the state highway system of the State of Ore- 
gon, to wit: 


Salem-Pringle Creek Section of the Pacific Highway East 
Service Creek-Burton Canyon Section of the John Day Highway 
St. Helens Section of the Columbia River Highway 


real property owned by or in possession of the following parties 
and/or persons, to wit: 


9000 


is gravel, gravel beds or bars, sand, sand beds or bers, rock, boul- 
ders, quarries or quarry sites, lime deposits, or other mineral de- 
posits or formations suitable for road construction, improvement, 
betterment or pavement, and to declare the necessity and need for 
the acquisition thereof and the advantages to be gained thereby; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission as follows: 


1. That the State Highway Commission does hereby find and 
declare that it is necessary and will be of advantage to the State 
of Oregon and there is need that the State acquire for the purposes 
of road construction improvement, betterment, repair and mainten- 
ance, and for the purpose of the manufacture of road materials on 
the following section or sections of the state highway system of the 
State of Oregon, to wit: 


Buchanan Ranch-Juntura Section of the Central Oregon Highway 


real property owned by or in possession of the following parties and 
/or persons, to wit: 


6495-Ralph Chambers-State Land Board 


and this Commission does hereby declare further that the said proper- 
ty or properties contain gravel, gravel beds or bars, sand, sand beds 
a@ bars, rock, boulders, quarries or quarry sites, lime deposits, or 
other mineral deposits or formations suitable for road construction, 
improvement, betterment, or pavement, and that the sadd property or 
properties is or are necessary anu needful and the acquisition there- 
of will be of advantage to the State of Oregon for the said purposes 
in order to make it possible for the State Highway Commission to con- 
struct, improve, maintain, and repair the said portion or portions 
of the said state highway system in accordance with the standards 
adopted by this Commission. 


2. That the State Highway Engineer be and he hereby is in- 
structed and directed to properly survey the parcel or parcels of 
land required for said purposes and to prepare proper and adequate de- 
scriptions thereof, which descriptions shall be employed in the prep- 
aration of a deed or deeds or other instrument or instruments neces- 
sary to complete the ecquisition of the said property or properties 
or which said descriptions may be used in the preparation of a com- 
plaint in the event that condemation proceedings are necessary. 


3. That the boundaries of the said parcel or parcels of 
land, as defined and determined by the said survey made by the said 
Highway Engineer, shall be and the same hereby are adopted and the 
lands defined therein are hereby declared to be and the same shall 
be lands necessary for the purposes stated herein. 
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5. That this resolution be entered in full in the minutes 
and records of this Commission. 


WHEREAS, the State Highway Commission is by law authorized 
and directed to lay out, locate, designate, construct, improve, and 
maintain a system of state highways in the State of Oregon, and to 
acquire rights of way and to declare the necessity and need for the 
acquisition thereof, and the advantages to be gained thereby; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission as follows: 


1. That the State Highway Commission does hereby find and 
declare that it is necessary and will be of advantage to the State 
of Oregon and there is need that the State acquire for right of way 
purposes, for highway drainage and drainage tunnel purposes, and for 
the appropriation, acquisition, and manufacture of roadbuilding ma- 
terials in connection with the permanent location, construction, in- 
provement, and maintenance of the Warren Creek Section of the Colum- 
bie River Highway land and property owned by or in possession of 
John Lawler and Eleanor Lawler, his wife, and Hood River County de- 
scribed as follows, to wit: 


Parcel 1 

A parcel of land lying in Government Lot 5 of Section 4y 
Township 2 North, Range 9 East, W. M., Hood River County, Oregon, 
and being a portion of the following described property: that tract 
of land which was conveyed by that certain deed to John Lawler and 
Eleanor Lawler recorded in Book 22, Page 439, of Hood River County 
Record of Deeds; the said parcel being all that portion of the fore- 
going described property included in a strip of land of varicble 
width on the south side of the center line of the Columbia River 
Highway as said highway has been relocated over and across or ad- 
jacent to the said property; the location of the said strip of land 
(in so far as it encroaches upon said property) being determined 
by the said‘center line from Station 685+73.5 to Station 693+68.7, 
which portion of center line is described as follows: 


Beginning at a point which is Ingineer's center line Sta- 
tion 685+73.5, at which point the said relocated center line inter- 
sects the westerly line of said property, said point being 208 feet 
south and 1838.9 feet east of the northwest corner of Lot 5, Section 
4, Tommship 2 North, Range 9 East, W.M.: thence North 7° 27' East a 
distance of 26.4 feet; thence on a spiral curve to the right (the 
long chord of which bears North 81° 27! East) a distance of 400.0 
feet; thence on a 1909.86 foot radius curve to the right (the long 
chord of which bears North 86° 32' East) a distance of 72.2 feet; 
thence on a spiral curve to the right (the long chord of which bears 
South 8 02! East) a distance of 296.6 feet to Engineer's Station 
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Salem-Pringle Creek Section of the Pacific Highway East 

5782, 5783-Benjamin Franklin Federal Savings and 
Loan Association and L. C. Harkey 

5916-a. E. Heasley 

Service Creek-Burton Canyon Section of the John Day Highway 
6745--School District No. 7 of Wheeler County 

St. Helens Section of the Columbia River Highway 
5'725-Erickson Dairy Products Company 


and this Commission does hereby declere further that the said prop- 
erty or properties are necessary, are needful, and the acquisition 
thereof will be of advantage to the State of Oregon for right of way 
6 in order to make it possible for the State Highway Commis- 
sion to properly locate, relocate, construct, reconstruct, and 
maintain said portion or portions of the said state highway system 
in accordance with standards adopted by this Commission relative to 
curvature, grades, alignment, drainage, and factors of safety. 


2, That the State Highway Engineer be and he hereby is 
instructed and directed to properly survey the parcel or parcels of 
land required for such right of way purposes and prepare proper and 
adequate descriptions thereof, which descriptions shall be employed 
in the preparation of a deed or deeds or other instrument or instru- 
ments necessary to complete the acquisition of the said property or 
properties or which descriptions may be used in the preparation of 
a complaint in the event that condemnation proceedings are necessary. 


3. That the boundaries of the said parcel or parcels of 
land, as defined end determined by the said survey made by the said 
Highway Engineer, along the route or location adopted by the Highway 
Commission, shall be and the same hereby are adopted and the lands 
defined therein are hereby declared to be and the same are included 
within the rights of way of the said portion or portions of the said 
state highway system and hereby are declared to be necessery for the 
proper location, improvement, construction, and maintenance of the 
said portion or portions of the state highway system. 


4. That I. H. Van Winkle, Attorney General of the State 
of Oregon, and J. M. Devers, Assistant Attorney General and Attorney 
for the State Highway Commission, be and they are hereby requested, 
authorized, and directed to attempt to agree with the ower or o#n- 
ers and/or with the tenants or persons in possession, if there be 
any, of said parcel or parcels of laad with respect to the compense~ 
tion to be paid for the taking of the same and the damage, if there 
be any, and in the event that no satisfactory agreement or agree- 
ments can be reached, then it is hereby further resolved that the 
Attorney General of the State of Oregon and J. ii. Devers, Assistant 
Attorney General and Attorney for the State Highway Commission, be 
and they hereby are requested to commence and prosecute to a final 
determination such suit or action, or suits or actions, as may be 
necessary and appropriate to acquire title to the said premises and 
all rights therein for the purposes herein stated. 
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center line of the Columbia River Highway at eer's center line 
Station 693+68.7; said point also being South 1° 07’ East a dis- 
tance of 182.2 feet along the easterly line of said Government Lot 
5 from the northeast corner of said Lot 5; thence continuing along 
said easterly line South 1° 07! East a distance of 720 feet, more 
or less, to the southeast corner of said Lot 5; thence West along 
said south line a distance of 420 feet, more or less, to a point 
100 feet east of the easterly bank of Warren Creek; thence North 
13° 00* East a distance of 400 feet; thence North 5° 46' West a 
distance of 544 feet to the westerly line of said Lawler property 
at @ point which is 50 feet distant southeasterly from (when mea- 
sured at right angles to) said highway center line at Engineer's 
Station 685+74.3; thence North 27* East parallel to and 50 
feet distant from said center line a distance of 25.6 feet; thence 
South 10° 33' East a distance of 10 feet; thence parallel to and 
60 feet distant from said center line on a spiral curve right (the 
long chord of which bears North 81° 27! East 393.3 feet) a dis- 
tance of 393.7 feet; thence North 4° 33' West a distance of 10 
feet; thence parallel to and 50 feet distant from said center line 
on an 1859.9 foot radius curve to the right(the long chord of 
which bears North 86° 32' East 70.3 feet) a distance of 70.4 feet; 
thence on a spiral curve right (the long chord of which bears South 
8 23' East 291.7 feet) a distance of 291.8 feet to the point of 


beginning; containing 7.52 acres. 


And this Commission does hereby declare further that Parcel 1 here- 
inabove described is needful and the acquisition thereof will be of 
advantage to the State of Oregon for right of way purposes in order 
to make it possible for the State Highway Commission to properly lo- 
cate, construct, and maintain the said portion of the said state 
highway system in accordance with standards adopted by this Commis- 
sion relative to curvature, grades, alignment, drainage, and fac- 
tors of safety; and this Commission does hereby declare further 
that Parcel 2 hereinabove described is needful and the acquisition 
thereof will be of advantage to the State of Oregon for 

drainage and drainage tunnel purposes in order to make it possible 
for the State Highway Commission to properly locate, construct, and 
maintain said portion of the state highway system in accordance 
with the standards adopted by this Commission relative to curvature, 
grades, alignment, drainage, and factors of safety; and this Commis- 
sion does hereby declare further that Parcel 3 hereinabove described 
is needful and the acquisition thereof will be of advantage to the 
State of Oregon for the appropriation, acquisition and manufacture 
of roadbuilding materials in order to make it possible for the State 
Highway Commission to construct, improve, maintain, and repair the 
said portion and other portions of the said state highway system in 
accordence with the standards adopted by this Commission. 


2. That the State Highway Engineer be and he hereby is 
instructed and directed to properly survey the parcels of land re- 
quired for such purposes and prepare proper and adequate descrip- 
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693+68.7, opposite and 50 feet distant from which station the south- 
erly line of said strip of land intersects the north and south cen- 
ter line of said Section 4. 


The widths (in feet) of the strip of land above referred to 


to are as follows: 
Width on south 


Station to Station side of center line 
685+73 .5 685+99.9 P. S. 50 
685+99.9 P.S. 689+99.9 P.S.C. 60 
689+99.9 P.S.C.693+68.7 50 

The parcel of land to which this description applies con- 
tains 1.00 acre, of which 0.36 acre lies within the existing right 


of way and 0.64 acre lies outside of the existing right of way. 


A parcel of land lying in Government Lot 5 of Section 4, 
Township 2 North, Range 9 East, W.M., Hood River County, Oregon, and 
being a portion of the following described property: that tract of 
land which was conveyed by that certain deed to John Lawler and 
Eleanor Lawler recorded in Book 22, Page 439, of Hood River County 
Record of Deeds; the said parcel being described as follows: 


Beginning on the westerly line of said Lawler property at 
a point which is 50 feet distent southeasterly from (when meagured 
at right angles to) the relocated center line of the Columbia River 
at Engineer's Station 685+74.3; said point also being South 
257.0 feet and East 1848.8 feet from the northwest corner of said 
Government Lot 5; thence South 11° 28! East along said west proper~ 
ty line a distance of 70.0 feet, more or less, to the easterly bank 
of Warren Creek; thence following said creek bank in a southerly di- 
rection to the south line of said Lot 5; thence east along said 
South line a distance of 100.0 feet; thence North 13° 00! East @ 
distance of 400.0 feet; thence North 5P 46' West a distance of 544.0 
feet, more or less, to the point of beginning; containing 2.34 acres. 


Parcel 3 


A parcel of land lying in Government Lot 5 of Section 4, 
Township 2 North, Range 9 West, W.M., Hood River County, Oregon, and 
being @ portion of the following described property: that tract of 
land which was conveyed by that certain deed to John Lawler and 
Eleanor Lawler recorded in Book 22, Page 439, of Hood River County 
Record of Deeds; the said parcel being described as follows: 


Beginning on the east line of Government Lot 5 of Section 
4, Towmmship 2 North, Range 9 East, at a point which is 50 feet dis- 
tant southerly from (when measured at right angles to) the relocated 
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City of Portland, he added, must raise its funds by assessment, which will 
the formulation of an assessment district. He concluded the presenta- 
by stating that the traffic situation in Portland's Westsiae district can 
be hendled properly until the completion of the Front Street project, 
strongly urged the Commission to do something about it at the earliest pos- 
ble time. : 


eu 


Mr. Strong alleged that it is wrong to tie up traffic in the city of 
Portland as is now being done by the use of inadequate arterial routes. He 
declared that it takes nearly as much time, under present conditions, for peo- 
ple to go where they want to within the city limits as it does to reach the 
city from upstate tows. 


Chairman Cabell advised that the Commission realizes the desirability 
of baving an arterial highway through the city of Portland and that it is the 
generally accepted thought now that the motorist should pay more for arterial 
routes in cities than in the past. The Highway Commission, he said, is inter- 
ested in the adoption of an arterial route through Portland's Westside dis- 
trict, as is evidenced by the fact that studies are now being made of the al- 
ternate routes, one of which is along Front Street, and added that, as 4 citi- 
zen of Portland, he would like to see Front Street improved for such use, not 
only from the utility standpoint but also for the development of the recrea- 
tional area along the river front. He declared that there are two groups that 
would be benefited particularly by the Front Street improvement, the property 
owners along Front Street and those as far west as 5th or 6th Streets. He re- 
ferred to the next allocation of federal funds and expressed a hope that a 
plan could be worked out that would be satisfactory to all concerned, whereby 
a limited portion of such funds could be applied to finance a project in Port- 
land. He reiterated that the Commission is now making a thorough study of 
conditions and routes and when the plans and estimates have been prepared the 
Commission will be pleased to discuss them with the Metropolitan Association. 
Commissioners Aldrich and Clough concurred in the remarks of the Chairman. 
This concluded the conference. 


Mrs. James Drury., Portland, came before the Commission relative to 
the use of the ocean beach by motorists, with particular reference to Agate 
Beach, in Lincoln County. She declared that the driving of motor vehicies 
upon the beach creates an undue hazard for pedestrians, especially children, 
and that someone will be injured sooner or later if the practice is not 
stopped. She urged the Commission to take action as may be necessary to pro- 
hibit such use of the beach areas and suggested the establishment of automo- 
bile parking zones on the beach at points where roadways enter the same. The 
Attorney advised that the ocean beach has been declared by the Legislature to 
be a public way and, in his estimation, the Commission has authority to close 
it to motor traffic if, in its opinion, such traffic creates an undue hazard. 
The suggestion was made that signs be erected at certain places, bearing the 
wording "No Motoring Beyond This Point". After discussion, the Commission 
adopted the suggestion and instructed the Ingineer to see that signs so word- 
ed are placed on the beach between Newport and Agate Beach. 


Messrs. W. R. Shaw and George M. Brookbank, Portland, representing 
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tions thereof, which descriptions shall be employed in the prepara- 
tion of a deed or deeds or other instrument or instruments necessary 
to complete the acquisition of the said properties or which descrip- 
tions may be used in the preparation of a complaint in the event 
that condemnation proceedings are necessary. 


3. That I. H. Van Winkle, Attorney General of the State 
of Oregon, and J. M. Devers, Assistant Attorney General and Attorney 
for the State Highway Commission, be and they are hereby requested 
authorized, and directed to attempt to agree with the owners and/or 
with the tenants or persons in possession, if there be any, of said 
parcels of land with respect to the compensation to be paid for the 
taking of the same and the dasage, if there be any, and in the event 
that no satisfactory agreement or agreements can be reached, then it 
as hereby further resolved that the Attorney General of the State of 
Oregon and J. M. Devers, Assistant Attorney General and Attorney for 
the State Highway Commission, be and they hereby are requested to 
commence and prosecute to a final determination such suit or action 
as may be necessary and appropriate to acquire title to the said 
premises and all rights therein for the purposes herein stated. 


4. That this resolution be entered in full in the minutes 
and records of this Commission. 


A delegation representing the Metropolitan Association, Portland, 
came before the Commission on behalf of the reconstruction of Front Street, 
Portland, as an arterial route. The delegation consisted of the following: 
Chester A. Moores, President; Mayor Joseph K. Carson, Jr.; Frederick H.Strong, 
member Executive Committee; and U. L. Upson, Secretary. 


Mr. Moores stated that they have only one object in appearing before 
the Commission at this time and that is simply to urge the Commission's ear- 
nest and serious consideration of this project so that it can go forward ex- 
peditiously. He also said that they have no objections to offer as to how 
the matter is to be handled but want something done at once to improve pres- 
ent conditions, which, he alleged, are a disgrace to the City of Portland. 


Mayor Carson stated that this project is the most necessary highway 
improvement in Portland today. He asked the Commission to choose the route 
and handle it the same way as the Union Avenue project was handled rather than 
to leave the choice of the route to the people. If it is left to the vote of 
the people, he said, there is a possibility that the project will be voted out, 
whereas, if the Highway Commission handles it exclusively, that can be avoided. 
He pointed out that property values in this part of Portland are now particu- 
larly low and predicted that the improvement of Front Street would revive these 
values; furthermore, it would be of great benefit to the City of Portland as 
a whole. He offered fvll cooperation from the Portland City Council in every 
way possible and advised that the city is not asking the state to pay the cost 
of all of the right of way but simply a ju . proportion of the same on a basis 
comparable to purchases made by the Commission in other parts of the state. 


Chairman Cabell advised that the Commission is reluctant to furnish 
engineering service for roads that are not on the state highway system, there 
also being a question whether or not the Commission has legal authority so to 
do. The Attorney advised that, under the new law passed by the 1939 Legisle- 
ture, the Commission can furnish such service if it so desires. In view there- 
of the Commission indicated that it might approve Mr. Lindsey's request in the 
present instance if it can spare an engineer. The matter was referred to the 
State Highway Engineer for investigation and report at the next meeting. 


Messrs. Eugene Marsh and H. T. Allison, McMinnville, came before the 
Commission and asked for the oiling of a 3-mile section of the Lafayette Sec- 
ondary Highway from Amity Junction north to what is known as Schroeder's Place, 
which, they said, would complete the oiling of this highway throughout. The 
Engineer advised that the Commission has already authorized this improvement 
with state forces and that the work would be done within the next month. 


Mr. Marsh also asked the Commission to designate as a secondary state 
highway the county road which extends easterly from the Lafayette Secondary 
Highway, at a point about 1} miles south of the Threemile Lane Secondary High- 
way, into the Webfoot Grange commmity. He alleged that this is an important 
county road which would provide a short route into McMinnville for the people 
of this district. He also said that this road is one of the county's prefer- 
ence projects for secondary highway funds. The Commission took the matter un- 
der advisement. 


Mr. Henry Berk, engineer for the West Coast Power Company, came be~ 
fore the Commission in regard to the leasing of a small tract of state-owned 
land 40'x 40’ in dimension, adjacent to the road leading from the Oregon Coast 
Highway to the town of Glasgow, in Coos County, upon which to construct and 
maintain one of the company's substations. The State Highway Engineer ex- 
plained that this tract does not abut on the state highway, although it is lo- 
cated in a corner of the state park at the north end of the Coos Bay Bridge. 
He offered no particular objection to selling the tract to the power company 
if it did not interfere with the park plans. Mr. Berk stated that his company 
would rather lease the property than purchase it and that they would like to 
have the use of it for approximately 25 years. The Commission refused to 
lease the tract and deferred its decision with respect to the sale of the prop- 
erty pending a report as to whether or not it is needed for the state park. 
The Commission thereupon referred the matter to the Right of Way Department to 
set a value on the property and to ascertain from the State Parks Superinten- 
dent whether or not there are objections to its sale from the park standpoint. 


A delegation from Columbia County, consisting of County Judge J. B. 
Wilkerson, County Commissioner Wm. Pringle, Sr., Lester Sheeley, Vernonia; J.W. 
Nichols, Secretary, Vernonia Chamber of Commerce; and County Judge H. D. Kerk- 
man of Washington County, came before the Commission and asked for the designa~ 
tion as a secondary state highway of the county road which extends southwester- 
ly from the Nehalem Secondary Highway, at a place know as ireharne, to a con- 
nection with the Wolf Creek Highway at Sunset Camp. They alleged thet 
this is an important connection to the Wolf Creek Highway from the Vernonia 
District, and, in their estimation, should be on the state highway system. 
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the Pacific Topographic Service, were present in regard te furnishing the Com- 
mission with a scale relief map of the State of Oregon. They offered to con- 
struct such a map, based upon topographic data available at the present time, 
for a tely $3,000. Discussion brought out the question whether or not 
such a map prepared from information now available would be obsolete in @ 
short time by reason of other surveys that are contemplated by the Federal 
Government or other departments. In view thereof, the Commission deferred its 
decision in the matter pending advice from Mr. Lewis A. McArthur, Secretary 
of the Oregon Geographic Board, relative thereto. The Engineer was instructed 
to secure Mr. McArthur's opinion in the matter. 


At 3:00 o'clock p- mM. Chairman Cabell announced the following awards 
ef contracts for which bids were taken at the morning session, such awards hav- 
ing been previously approved by the Commission by unanimous vote: 


mwarren Creek Section of the Columbia River Highway, in Hood 
River County. 0.69 mile grading and bituminous macadam surfacing; 
also construction of reinforced concrete bridge. The low bid re- 
ceived for this project was that of E. C. Hall Company, Eugene, at 
$47,755.00. The next low bid was that of Leonard & Slate, Multno- 
mah, at $53,163.50. Tiere were 2 higher bidders. The Commission 
has referred all bids received on this job to the Engineer with 
power to award the contract to the low bidder when certain condi- 
tions have been fulfilled. 


"Junction City-Eugene Section of the Pacific Highway, in Lane 
County. 11.5 miles roadside improvement. The low bidder for this 
project was Blair T. Alderman of Bugene, with his bid of $5,988. 72. 
The next low bidder was D. L. Ashton of Lebanon, at $6,854.50. 
There were three higher bidders. The Commission awards this con- 
tract to Blair T. Alderman, the low bidder, at his bid of $5,988.72. 


"East Unit, Troutdale-Corbett Section and Bridal Veil-Benson 
Park Secti:m of the Columbia River Highway, in Multnomah County. 
4.13 miles clearing; 0.6 mile grading; 1.95 miles rock toe embank- 
ment constructio::. Morrison-Knudsen Company of Boise, Idaho, sub- 
mitted the low bid of $89,930.00 for this project. E. L. Gates, 
Crater Lake, submitted the next low bid of $98,340.00. There were 
9 higher bidders. The Commission has referred all bids received on 
this project to the Engineer with power to award the contract to 
the low bidder when certain conditions have been fulf illed." 


County Commissioner E. H. Lindsey, of Tillamook Gounty, was present 
and requested the loan of the services of an engineer to set line and grade 
stakes for a county road project extending from the Oregon Coast Highway up 
Cook Creek, along what is known as the old "Ridge Route” that was considered 
at one time by the Commission as the route for Portland's short road to the 
sea. He advised that two C.C.C. camps are now operating in this vicinity . 
and it would be possible to secure the services of the men employed in these 
camps to construct this road if engineering is provided, and all that they 
want is the services of one competent engineer to supervise the work, particu- 
larly the first 10 miles at the west end of this road 
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the Engineer's recogmendation, it 4 to the Commission that Mr. Gerber 
has failed to c with the provisions cf his contract, notwithstanding that 
it has been call his attention repeatedly. Mr. Hunter was asked to trans- 


mit this information to Mr. Gerber. 


Messrs. Charles MacElhanney and Perry Walbridge, representing the 
Oregon Mutual Life Insurance Company, came before the Commission and presented 
@ plan for furnishing group insurance for State Highway Department employees 
whereby such employees could benefit to the extent of 5 per cent in premiums 
under that paid for individual insurance, it being understood that the premium 
with each policy would be paid monthly by deductions from the highway depart- 
ment pay rolls. They presented a brief, outlining their proposition in detail. 
After disaussion, the Commission indicated a willingness to accept the propo- 
sition in order to give the employees the benefit of the discounts even if it 
means more work for the Commission's auditing department. The matter was re- 
ferred by the Commission to the Attorney to work out the details. 


The Engineer brought up for discussion matters pertaining to the pro- 
posed improvement of the Pacific Highway West through the town of Tigard. He 
advised that the design of the railroad grade separation structure is now be- 
ing prepared and the question has arisen whether or not to make provision for 
the passage of vehicular traffic under the end of the structure for the con- 
venience of people residing in a small community on the opposite side of the 
highway from the business district. Such a passage-way, he said, has been ur- 
gently requested by the people of this district. He presented three plans, 
one costing about $8,000, which involves the securing of an easement from the 
railroad company and the introduction of two curves in the highway alignment; 
the second plan, estimated to cost $18,000, provides for straight alignment 
and an easement from the railroad company; and the third plan, costing about 
$5,000, provides for a crossing at Pine Street. He stated his preference for 
the third alternate, but advised that, in his estimation, the expense is not 
justified because very few people are concerned. After considerable discus- 
sion the Commission approved plan No. 1, modified so as to require only one 
curve, costing $8,000, provided the people of Tigard will secure the easement 
from the railroad company. 


The Engineer reported receipt of a request from Mr. J. W. Ferguson, 
State Forester, for blanket authority to use the ocean beaches in Curry County 
as landing fields for Forestry Department airplanes. The Commission voted 
unanimously to grant this permission in extreme emergency cases only, subject 
to the condition that the Forestry Department will apply for and secure a per- 
mit from the State Highway Commission in eccordance with legal requirements. 
The Engineer was instructed to investigate the beaches of Curry County and de- 
termine at once which could be used as aircraft lending fields without causing 
too great a hazard to people who use the beaches for recreation. He was also 
instructed by the Commission to investigate the situation at Seaside where the 
beach is used continually as a landing field for airplanes. 


The Engineer also reported receipt of information from the W.P.A. 
officials to the effect that the Wolf Creek Highway W.P.A. project will have 
to be closed down after the 30th of July because there are no W.P.A. funds 
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Further, that the road carries 8 large volume of traffic and that the counties 
do not have sufficient funds to properly maintain it. Speaking on behalf of 
the project were Judge Wilkerson, Judge Kerknan, Mr. Sheeley, and Mr. Nichols. 
The Commission took the matter under advisement. 


Mr. and Mrs. L. Siegenthaler, Portland, came before the Commission 
in regard to a settlement for right of way that is needed for the Wolf Creek 
Highway across their property near Cedar Mills. They advised that some time 
eso the Highway Commission took an option for this right of way and that they 
were given to understand that the Commission would purchase it in 4 short 
time; but the option has never been taken up, which leaves them in a quandary | 
as to how to proceed with certain improvements that they contemplate on the 
balance of their holdings. Mr. Siegenthaler said that he operates 4 small | 
mill on his land and that he has plans to reconstruct this building but cannot 
do s0 until he knows definitely what the Highway Commission intends to do about 
the right of way. Also, that the delay of the Commission in closing this deal 
has inconvenienced him considerably in the planting of crops, and for these | 
reasons they would like to have the matter disposed of as soon 45 possible. 


Chaiy an Cabell explained that the Commission budgeted this year & | 
certain amount - money for the acquisition of right of way, a portion of which 
was allocated to the Wolf Creek Highway, but expenditures from this fund were 
so large that it was necessary for the Commission to change its policy with re- 
spect to purchases; so now right of way is not acquired until just prior to . 
construction, unless an emergency exists, or, in special cases where the Com- { 
mission can save money by purchasing the right of way in advance. The Attor- i 
ney advised that the option taken from Mr. and Mrs. Siegenthaler provided for 
the payment of $3,500 for the right of way and the construction of an approach { 
roadway, and that Mr. Siegenthaler was to clear the right of way and to do cer- 
tain other things of minor nature. This matter was discussed at considerable | 
length but a definite decision thereon was deferred until the next meeting. 
oo was instructed to make further investigation and report at that 
t ° 


Mr. Allan R. Hunter, Resident Agent for the United States Fidelity 
and Guaranty Company, appeared before the Commission at this time in regard to 
the contract awarded by the Commission to Edwin C. Gerber for the construction 
of a bituminous macadam surfacing on the Necanicum-Nehalem River Section of 
the Wolf Creek Highway, in Clatsop County, Contract No. 2155. The Engineer ad- 
vised that this contract was awarded by the Commission on January 26, 1939, and 
that the date of completion specified therein was September 30, 1939, but Mr. 
Gerber has made very poor progress on the work and it does not now appear that 
he will complete it within the specified time. He recommended that, if Mr. 
Gerber does not make a satisfactory showing by August 16, 1939, the contract 
be taken away from him and turned over to the United States Fidelity and Guar- 
anty Company to complete, as that company ig surety on the bond furnished un- 
der this contract. Mr. Hunter advised that Mr. Gerber is finishing up his oil- 
ing contract on the Santiam Highway today and is transferring ell his equip- 
ment to the Wolf Creek Highway project; further, that it is his intention to 
rush this project so that by September 1 it should be fairly well along toward 
completion. After further discussion the Commission by unanimous vote 4 
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+ with A. A. Godwin, Grants Pass, providing for a lease 
by Mr. Godwin of certain state-owned property in Lot 7 of Section 19, 
Township 36 S., Range 5 W., W. M., Josephine Comty, which property 
lies adjacent to the Grants Pass-Green Creek Section of the Pacific 
Highway, being Right of Way Transaction No. 6626. 


.Easement agreement with the Southern Pacific Company whereby the 
company is granted the right to construct, operate, and maintain a 
railroad wye track and appurtenances on state-owned property in Al- 
bany, particularly property situate in Block 39 and in Lots 5, 6, 7, 
and 8, of Block 46, Hackleman's Second Addition to Albany - Right of 
Way Transaction No. 5151. 


Bargain and Sale Deed conveying unto Hood River County 22.73 
acres of land situate in Section 2, Township 1 North, Range 10 East, 
W. M., Hood River County - Right of Way Transaction No. 6224. 


There being no further business to come before the Commission at 
this time, the meeting was adjourned at 5:00 o'clock p. m. 


State Highway Engineer Commissioner 
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available with which to finance non-labor items, unless the state will advance 
additional funds to pay these costs. He estimated that the amount required to 
edditionvexpense during the month of August would not exceed €9,500 Sor tee 
mended approval of an expenditure not to exceed such amount. The Commission 
approved the recommendation by unanimous vote and ordered that the matter be 


covered by appropriate agreement. 


A letter was presented from the Oregon City Territorial Days' Com- 
mittee requesting thet the new highway new under construction in Oregon City 
be opened to traffic between 14th Street and 5th Street during the progress 
of their celebra , which is to be held August 17 to 19. The Engineer ad- 

vised that the new highway will not be ready for use by traffic at that time 
and accordingly recommended denial of the request. The Commission approved 
ax the recommendation. 

The Commission discussed the setting of a date for its next regular 
meeting for the receiving of bids and decided to hold such meeting in Portiand 
on August 31 and September 1, 1939. The Secretary was instructed to make the 
usual arrangements for the use of the auditorium in the Public Service Build- 
ing for such meeting. 
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The Commission also discussed its proposed inspection of the Siuslaw 
Highwey in Lane County, and decided to make this trip on Wednesday, August 17, 
1939, and to hold 4 special meeting on the following day in Salem to dispose = 
of accumulated routine matters, The Commission ordered that the Lane County 
delegation be advised to that effect. 


f The Commission considered and signed agreements, et cetera, as fol- 
ows: 


t with Jackson County relative to the improvement of 
the Butte Falls County Road as a federal aid secondary highway. 


t with Jackson County providing for county maintenance 
of the Butte Falls Road after improvement by the state. 


Agreement with Southern Pacific Company relative to easement 
for railroad encroachment near Shady Point on the Pacific Highway 
south of Roseburg. 


Agreement with contractors Leonard & Slate extending for 4 ‘ 
period of one year, until July 1, 1940, their contract for the 
furnishing of free ferry service across the Willamette River at * 
Wilsonville. 


Agreement with Union Pacific Railroad Company relative to the 
construction of the Troutdale-Corbett and Bridal Veil~Benson Park 
Sections of the Columbia River Highway, in Multnomah County, par- 
joo a ad the railroad crossing at Corbett. (Agreement revised 
later. 
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9013 Aug..17 Tillamook County. Request of County Court granted for loan of 
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services of engineer to make location survey and supervise 
construction of county road extending from Oregon Coast High- 
way up Cook Creek. 

Group insurance. Entering into agreement with Oregon idutual 
Life Insurance Company discussed. Decision deferred. 

Pacific Highway East. Plans for dividing north- and south- 
bound traffic at south city limits of Albany discussed. 

Vouchers. New procedure approved for handling of vouchers and 
voucher lists, involving change in method of signing. 
Land-purchese vouchers and vouchers not in excess of $200 
to be kept separate from larger vouchers. 

American Association of State Highway Officials. Henry F. 
Cabell, E. B. Aldrich, Huron i}. Clough, 8. H. Baldock, C. B. 
McCullough and J. M. Devers authorized to attend annual meet- 
ing in Richmond, Virginia. 

Construction program. Changes in program approved. 

Proposed state projects for contracting in fall of 1939 and 
spring of 1940. Tentative approval of 1941 federal aid pro- 
gram switched from P.W.A. 

Railroad grade separation program. Projects approved for 1938, 
1939, 1940, and 1941 program. 

One-way traffic. Resolution adopted posting Necanicum Aiver 
Bridge on Oregon Coast Highwey for one-way traffic. 

Minutes aporoved of meetings held May 17, 18 and 19 and June 5 
and 6, 1939. 

fidwin C. Gerber. Discussion of violations of labor orovisicns 
in connection with ifr. Gerber's contract for Necanicun- 
Nehalem River Section of Wolf Creek Highway. 

New prequalification statewent to be presented hereafter by 
Mr. Gerber with each request for plans and proposal forms. 
Siuslaw Highway. Lake Creek Section. Improvement discussed. 

Florence. Oregon Coast Highway. ‘State cooperation in con- 
struction of approach. to highway along extension of Lincoln 
Street denied. 

Poles along highways. Clause to be inserted in pole line per- 
mits providing for painting of poles in vooded districts. 
Pole lines. Requirements *ith respect to Span length of lines 

over and across highways modified. 

Maryhill Ferry road. Reconditioning and oiling of county road 
extending from Columbia River Highway to Meryhill Ferry ap- 

for next year's construction. 

Audit report. Report of Secretary of State concerning highway 
department for period, Oct. l, 1937, to Dec. 31, 1938, dis- 
cussed. 

Liability of State Highway Engineer with respect to handling 
of funds. Attorney Generai's opinion to be secured. 
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9026 Aug. 18 Claim. Payment of John A. Laing's claim for cleaning paint 
off automobile approved. 

9027 Cascade Lakes Forest Highwey. Bend-Elk Lake Section. Engi- 
neer's letter to i. H. Lynch outiing plen agreei upon for 
construction approved by Commission. 

Pratt Park. Purchase of additional area deferred. 

Park. Proposed park near Hunters Creek, Curry County. Pur- 
chase of aree deferred. Attorney to secure options, 

Cascadia. Inspection to be made of privetely-owned park. 

Umpqua Lighthouse State Park. Request that park be named in 
honor of late George K. Quine denied. 


9028 Albany-Lyons Secondary Highwey. Oiling of section exst of 
Crabtree, section east of Scio, end section in town of Lyons 
approved. 

Real property. Resolution authorizing acquisition. 
9031 Pacific Highway. Siskiyou Mountain Section. Kichfield Oil 


Company beacon and service station loc:ted on proposed high- 
way line. Acquisition of right of way discussed. 
Condemnation. Resolution authorizing condemnation cs follows: 
Newberg -McMinnville Section, P: cific Highway West, 
Bertha &. Shannahan, Wm. H. Cutting, Seth and Ethel Maud 
Clarkson, Roy L. Campbell, Ziba and Evelyn Chemberlain, 
Jesse Glen and Caroline Ellen White; 
Tigard Section, Pacific Highway West; 
Russel Raun-MacCormac Snow. 

9034 Gravel pit and hauling road. For use in construction of State 
Farm-Adams Section of Oregon-Washington Highwey. Lease of 
properties authorized. 

Harney County. Acquisition of property includec in we connec- 
tion of Lakeview-Burns and Sentral Oregon Highways deferred. 

Manning. Selection of site for school building to be moved 
resulting from construction of Wolf Creek Highway discussed. 

9035 Sale of buildings. Commission approves emergency sale of 
buildings on Bunker Hill slide, Marshfield. 

Oregon Coast Highway. Skipanon-Seaside Section. acquisition 
of right of way across John 0. Albertson property discussed. 

Gravel pit. Sale of pit situate near Pacific Highway south of 
Junction City authorized. 

Surveys. List of surveys ordered since last meeting. 
Resolution approving completed survey of Plagstaff Hill- 
Middle Bridge Section of the Baker-Homestead Highway. 


9037 Extensions of time, 2s follows: 
L. H. Hoffman, bridge over Quartz Creek; 

9038 Barham Bros., bridge over Q.W.ReR.& N tracks on Airport Road, 
Portland; . 
Edwin C. Gerber, Umapine-Sunny side Section; 

9039 Mountain States Construction Co., Brownsville Section; 


H. L. Rice, Rock Creek-Morrow County Line Section; 

Chester T. Lackey, Sisters and Horse Ridge-Brothers Sections; 
9040 Saxton, Looney & Risley, Butte Creek Summit-Branson Creek 

and Flat Creek-John Day Sections; 
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9023 Aug. 18 Gravel pit. State-owned pit in Jackson County not to be sold. 
Poul T. Erb denied privilege of conducting mining operations. 

Gold. Payment for gold recovered in state gravel pit by R. I. 
Stuart & Sons in connection with contract No. 2129, in Jack~ 
son and Josephine Counties, discussed. 

Depoe Bay. Securing of additional parking space adjacent to 
Oregon Coast Highway discussed. Cost of area, if purchased, 
to be charged against state parks budget. 

Ochoco Highway. Request for additional rock on section between 
Jones Mill and forest boundary denied. 

Pacific Highway. Construction of oiled walk along highway from 
north city limits of Roseburg to Garden Valley Road discussed. 

Wheeler County. Improvement of county road extending from John 
Dey Highway to Kinzua approved. To be substituted for grad- 
ing and topping of Shaniko-Fossil Secondary Highway. 

Cascade Lekes Forest Highway. Improvement between Willamette 
Highway junction end Crescent Leke urged. 

Traffic beacons. Flashing-type installations approved as fol- 
lows: Beaverton, Canby, and Fairgrounds Road in Salem. 
Installation of beacon in Harrisburg denied. 

Over-time pey. Low salaried employees only to be paid time 
and one-huif for time worked in excess of eight hours per day. 

Cleims. Earl Littrell Supply Company and Buxton's Central Plen- 
ing Mill. Attorney to endeavor to secure Secretary of State's 
approval for payment of these claims now over two years old. 

Klamath Falls undercrossing. Sale of foundation piling cutoffs 
to H. G. Wallace approved. 

Fines for treffic violations. Lewis P. Crosby resigns 2s col- 
lector. To be handled through Attorney's office hereafter. 

Oregon Trail Memorial Association. Commission not to be rep- 
resented at annual meeting in Sacramento, August 27-29, 1939. 
Commission not to be represented in caravan from Salt Lake 
City to Sacramento at time of meeting. 

Travel and Information Department. Increasing membership of 
Advisory Board on Publicity Matters deferred. 

Committee not to be appointed to @tudy Oregon conditions tend- 
ing to affect tourist travel. 

Umatilla and Morrow Counties: Designation, as state secondary 
highwey, of county road extending from Lexington-Echo Second- 
ary Highway to Pine City taken under advisement. 

Willamette Valley Flood Control Project. W. L. Finley opposes 
construction of proposed dam on Upper Willemette River. 

Survey. L. M. Lepper requests survey of proposed road extend- 
ing from Wamic to Bear Paw Qu “ry, in Wasco County. 

Old military road. Construction as highway to provide shortest 
distance between Astoria and Portland requested. 

Territorial Secondary Highway. Oiling between Veneta and Crow 


urged. 
Oregon City. Clipoing from Oregon City Banner-Courier regard- 
ing Water Street project ordered filed. 
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9047 


9048 
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Subject 


Bids, as follows, opened and read: 

Smith Point-Youngs Bay bridge Section, roadside improvement; 

Jewell-Banzer Bridge Section, surfacing and oiling; 

North Roseburg Section, roadside improvement; 

North Unit, Siskiyou-Bear Canyon Section, grading; 

South Unit, Siskiyou-Bear Canyon Section, grading; 

Owyhee River-Tudor Ranch Section, grading and bridge; 

West Fork Dairy Creek and Nehalem River, bridges; 

Glenwood Undercrossing; 

Enegren Crossing, ferry service; 

Manning, re-establish school building; 

Obsolete equipment and scrap materials at highway shops. 
North Umpqua County Road. Additional improvement urged. 
Pacific Highway. Turkey Hill-Rice Hill Section. Reconstruc- 

tion requested. 

Siuslaw Highway. Lake Creek Section. Improvement requested. 

Territorial Secondary Highway. Extending highway from Lane- 
Douglas County line to connection with Pacific Highway, near 
Anlauf, requested. 

Grass Valley-Shearers Secondary Highway. Construction from 
Buck Hollow Bridge northerly two miles requested. 

Wasco-Heppner Secondary Highway. Improvement of Sherman County 
Section, perticularly near Cottonwood Bridge, requested. 

Sherman County. Improvement of short section of Hay Canyon 
Market Road requested. 

Pacific Highway. Eugene. Rerouting of highway through city 
discussed. Commission to meet with delegation in Eugene. 

Crusher site. Adjacent to Hood River Secondary Highway near 
Dee. To be advertised for sale if not wanted by other state 
departments or County Court of Hood River County. 

Wolf Creek Highway. Payment of $3,500 for non-labor items for 
September authorized. 

Discussion of difficulties encountered with power shovel op- 

erators as result of reduction in wage rates. 

Condemnation. Resolutions authorizing condemnation as follows: 
Siskiyou Station-State Line Section, Pecific Highway, 

Bessie West; 

Owyhee River-Scotts Butte Section, I.0.N. Highway, 

J. 0. Blackwill, Oliver Davis, I. Blatt, Leslie Edson, 

Mrs. E. H. Crim, Mrs. A. A. Graham, end Malheur County. 
Owyhee River-Scotts Butte Section, (gravel pits) 

Coast Land Company and J. 0. blackwill. 

Oregon-Washington Highway. State Farm-Adams Section. Com 
troversy relative to acquisition of land from 0.W.R.R.& N 
Company ot Adams. Revision of plans for project discussed. 

Oregon City. Approval of U. S.' War Department to be secured 
for construction of proposed viaduct along Willamette River 
between Sth and 9th Streets. 

Sidewalk, Construction along Pacific Highway from north city 
limits of Roseburg to Garden Valley Road deferred. 
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9040 Aug. 18 Extensions of time (continued): 

Norris Brothers, Mt. Vernon, Feston, and Service Creek Sec- 
tions. 

9041 Contracts completed and accepted, as follows: 

Airport Road Overcrossing, Portland, Barham Brothers; 
Lombard Street-Killingsworth Street Section, Roy L. Houck; 
Umapine-Sunnyside Section, Edwin C. Gerber; 

Brownsville Section, Mountain States Construction Company; 
Rock Creek-Morrow County Line Section, H. L. dice; 

Horse Ranch-Chewaucan Narrows Section, Schmeer, Williams 
and Gentemann; 

9042 Sisters and Horse Ridge-Brothers Sections, Chester T. Lackey; 
Butte Creek Summit-Branson Creek and Flat Creek-~John Day Sec- 
tions, Saxton, Looney & Risley; 

Abernethy Creek Bridge, Ydom Construction Company; 

Jericho Lane-Bloucher Section, E. C. Hall Company; 

Poe Valley Section, E. L. Rigdon; 

Falls City-Fern Corner Section, Warren Northwest, Inc.; 
Dixonville-Mud Hollow Section, Clifford A. Dunn; 

Division No. 1 Oiling Project, R. 0. Dail & liarren Bros. Incy 
Elsie-Balm Grove Section, J. C. Compton; 

Division No. 2 Oiling Project, J. C. Compton. 

9043 Date for meeting, following that scheduled for August 31, 

and September 1, 1939, et for September 28 und 29, 1939. 
agreements, et cetera, signed, as follows: 

Rex E. Rose, acquisition of water right for W.P.A. Camp and 

future highway department maintenance headquarters on iiolf 

Creek Highway near Manning; 

Portland General Electric Company, Portland Electric Power 

Company, and Southern Pacific Company, with respect to pole 

lines and "K" line on Ross Island-Schiller Street Section of 

East Portland-Oregon City Highway; 

Idaho Power Company, furnishing of electrical energy for 

lighting Ontario underpass; 

‘orks Progress Administration, advance of $3,500 for non- 

labor items for August, 1939; 

E. B. Gresham and Anna Gresham, lease or purchase of tract of 

land in Tillamook County for CCC Camp site. 

Clatsop County, use of county's quarry at Northrup Creek; 

United States Department of Interior, Division of Grazing, 

construction of Rome-Princeton Secondary Highway; 

O.W.R.R.& N Company and Union Pacific Railway Company, ad- 

ditional encroachment of Columbia River Highway on railroad 

right of way at Lindsey; 

9044 Jacob J. Hoffard and wife, lease of buildingasi grounds at 
Timber; 

O.W.R.R.& N Company and Union Pacific Railway Company, 
construction of temporary underpass et railroad mile post 
30.6 between Multnomah Falls and Oneonta. 
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9066 


9067 


Subject 


Culverts. Investigation to be made of effects of use of creo- 
soted timber pipes as clternate for concrete and corrug:ted 
metal pipes in highway construction. 

Relief map. Expenditure of $1,500 toward cost of original 
base map authorized. 

— of way budget. Attorney's report on status of 1939 bud- 
get. 

Real proverty. Resolution authorizing acquisition. 

Manning. Contrect for moving school building to be awarded to 
Odom Construction Company. 

Agreement approved with Manning School District with refer- 
ence to moving school building. 

Agreement approved with Manning Social Club providing for 
use of club rooms for school purposes. 

Gravel pit. Lease agreement to be signed for acquisition of 
pit on Umatilla Indian Reservation for use in surfacing State 
Farm-Adams Section of Oregon-liashington Highway. 

Stock pile site. Lease agreement to ve signed providing for 
acquisition of site owned by Siletz Indian Reservation near 
Roads End, Lincoln County. 

Fences. Commission not to assume responsibility for fence con- 
struction along sections of highways acquired by county court 
resolutions. : 

Park site. Establishment of park at Little Jack Falls, adja- 
cent to Columbia River Highway, suggested by John Plebuch. 
Maintenance building site. Madras. acquisition of site auth- 

orized. 

South Santiam Highway. Request of G. ‘4. Engeman and Glen Peck 
to maintain building on right of way east of Tombstone Sum- 
mit denied. Building to be removed at once. 

Coos County. Sale to West Coast Power Company of small portion 
of state park located at north end of Coos Bay bridge auth- 
orized. 

Timber strips. Salmon River Highway. Method of settlement for 
timber strips acquired from Miami <e approved. 

House repairs. Pendleton. Repairs to house owned by Commis- 
sion and rented to private parties approved. 

Portland. Encroachment of Standard Oil Company station on 
Denver Avenue (Pacific Highway “est). Ownership of property 
to be investigated. 

Sheridan. Claim of city, in amount of $15 for services rendered 
in extinguishing fire on department truck, authorized. 

Photographer. Lakeview Chamber of Commerce requests loan of 
services of department photogrepher. Request approved. 

Richfield Oil Company. Controversy relative to price to be 
paid by state for service station delivery of gasoline. 

Snowy removal. Santiam and North Sentiam Highways. Engineer 
recomnends entering into agreement with Public Roads adminis- 

tration and County Court of Marion County for snow removal 

between Suttle Lake and Detroit. 
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9053 Aug. 31 Pole line. Letter to be written to attorney for Rvral Elec- 
trification Administration, approving the granting of a per- 
mit for pole line construction along McKenzie Highway. 

Reedsport. Improvement at connection of 8th Street with Ore- 
gon Coast Highway approved. To involve intersection only. 

9054 Seaside. Attorney to ascertain if area being used as landing 
field for airplanes is within limits of city-owned property. 

Log hauling. Wolf Creek Highway. Regulation of log-hauling 
traffic on detour road at Nehalem River bridge. 

Wolf Creek Highway. Widening of curve on detour at Nehalem 
River bridge approved. 

Powers Secondary Highway. Request for oiling between Myrtle 
Point and Powers denied. 

Union County. Miscellaneous highwey improvements requested. 

9055 Oiling projects. List of projects to be financed with funds 
transferred from Lombard-Killingsworth peving project. 

Silver Creek Falls St«te Park. Expenditure of $50 authorized 
in connection with manufacture of furniture for concession 
building. 

9056 Award confirmed of following contract: 

East Unit, Troutdale-Corbett Section and Bridal Veil-Benson 
Park Section, Morrison-Knudsen Company. 

Barnum Park. Wasco County. Commission accepts gift of park 
site adjacent to The Dalles-California Highway south of 
Columbie River Highway from Mr. and Mrs. Drew Barnum. 

Emigrant Springs Park. Complaint regarding condition of park. 

Umpqua Lighthouse State Park. Purchase of additional area, con- 
taining 110 acres, from Federal Gov-rnment for $1,000 approved. 

Depoe Bay. Selection of area adjacent to Oregon Joast Highway 
for parking of automobiles discussed. 

9057 Deschutes County. Sisters. Purchase of timber tracts from 
Louis Hill interests at junction of highways east of Sisters 


approved. 
Silver Creek Falls State Park. Request of Roman Kintz to se- 
cure connection from state-owned power line at park denied. 
Extension of lease entered into by Roman Kintz with Fred Volz 
involving property acquired by state from Mr. Volz, refused. 
Territorial Secondary Highway. Extension from present terminus 
to connection with Pacific Highway near Anlauf urged. 
9058 Elkton-Sutherlin Secondary Highway. Oiling requested. 
Tiller-Trail Secondary Highway. Oiling between Canycnville and 
Days Creek requested. 
Nyssa. Delegation confers regarding proposed railroad grade 
separation project. Options for right of way to be secured. 
U. S,. Highweys No. 30 South and No. 30 North. Delegation pro- 
poses change in present system of numbering. Plan discussed. 
9059 Awards. Commission announces awards on construction projects 
and ferry service, bids for which were receivod during morn- 
ing session. (See page 9044) Announcement also made re- 
garding school building at Manning and scrap materials at 


highway shops. 
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1939 
9078 Sept. 1 


9079 


9082 


Sept. 27 Pacific Highway. Albany Viaduct Section. 


Subject 


Linn County. Request that "Neil Creek" be nemed "Bilyeu Creek" 
on highwey maps referred to Lewis A. McArthur. 

Smelt sand. Request of George Govro to remove smelt sand from 
beach at Yachsts for use in bridge construction denied. 

Salem. Highway shops. Coca Cola Bottling Company denied per- 
mission to install Coca Cola vending machine. 

Roy L. Houck. Request that ir. Houck be debarred from bid- 
ding on future highwey construction work because of viola- 
tions of Oregon labor laws in connection with contract 2159 
discussed. Mr. Houck not to be debarred. 

Wolf Creek Highway. Necanicum-Nehalem River Section. Report 
on progress now being made by contractor Edwin C. Gerber. 
Political party contributions. Letter to employees confirming 

policy of Commission. 
Contracts completed and accepted, «4s follows: 
Bridge over Quartz Creek, L. H. Hoffman; 
Ochoco Dam-Marks Creek Section, McNutt Eros.; 
Clatskanie-Sumait Section, Mountain States Construction Co.; 
County roads in Tillamook County, J. C. Compton; 
Mt. Vernon, Weston, and Service Greek Jiling Project, Norris 
Bros. }; 
Agreements, et cetera, signed as follows: 
School District No. 44, new site for Manning school building; 
Manning Social Club, rental of social club building for 
school purposes during re-establishment of school; 
U. S. Department of Interior, use. of stock pile site at top 
of Camas Mountain, Douglas County; 
H. E. Easley and wife, quitclaim deed to property in George- 
town Addition to St. Helens; 
H. B. Easley and wife, method of procedure for clearing 
title to property in St. Helens; 
Works Progress Administration, advancement of $3,500 for non- 
labor items on Wolf Creek Highway Project in September, 1939; 
Miami Corporation, payment for timber strips along Salmon 
River Highway ; 
Edward L. Dimmitt, payment of electrical energy bills in 
connection with concession at Crown Point; 
Samuel M. Garland, cancellation of lease of grevel pit in 
Linn County; 
Metropolitan Casualty Insurance Company, bond release and 
cancellation notice in connection with old bond covering 
State Highway Lngineer; 
Bargain and sale deed conveying unto E. 0. bahrke and wife 
land in Bryan's Addition to Albany; 
Bargain and sale deed conveying unto Southern Pacific Company 
lend in Hackleman's Second Addition to Albany. 

Date for November meeting set for November 2 and 3, 1939. 

Payment of $550 to 


J. A. Fox for right of way approved. 


Subject 


Bids, as follows, opened end red: 

Arch Cape Tunnel Section, tunnel enlargement and lining; 

Bridge over Lang Canyon; 

Buchanan—Juntura Section, grading, surfacing and oiling; 

Eagle Point-Hog Creek Section, regrading and paving; 

State Farm-Adams Section, grading; 

West Unit, Stanfield-Pendleton Hill Section, roadside im- 
nt; 

Dundee-West Dayton Section, grading and paving. 

Klamath County. County Court confers relative to several high- 
way improvements in Klamath County. 

Timberline forest highway. State to cooperate in snow removal 
operations under same arrangements as made last year. 

Public Works Administration. Telegram to Federal Works Admin- 
istration, Washington, D. C., urging retention of regional 
office in Portland. 

Group insurance. Applications of insurance companies to write 
group insurance for de-artment employees denied. 

Applicetion of Califorzia Western States Life Insurance Com- 
pany for extension of agreement to furnish group insurance 
covering salaried as well as hourly-base employees denied. 

Cleim. United Railways Company presents cleim for repairs to 
telegraph pole damaged by blasting operations on Wolf Creek 
W.P.A. project. Claim denied. State not responsible. 

Drainage ditch. Request for improvement of privetely~owned 
ditch sdjacent to Pecific Highway south of South Umpqua Bridge. 

Territorial Secondary Highway. Extension as secondary highway 
from Lane-Douglas County line to connection with Pacific High- 
way neer Anlauf. Resolution adopted. 

Oregon Coast Highway. west Lake Section. Abandonment resolu- 
tion. 

Equipment. Purchase of motion picture camera for use of Travel 
and Information Department approved. 

Deschutes County. Letter from Robert \’. Sawyer regarding pro- 
posed plan for program of county road improvement. State 
requested to cooperate by assuming management of work. 

Butte Falls County Road. County Court urges Commission to pro- 
vide surfacing rock at earliest opportunity. 

Awards. Commission announces awards on projects for which bids 
were received during morning session. (See page 9068 

Manning. Contract for moving end re-establishing school build- 
ing awarded to Odom Construction Company. 

Group insurance. Reconsideration requested of previous action 
denying privilege of writing group insurance. Commission re~- 
fuses to alter previous decision. 

¥olf Creek Highway. Purchase of Louis Siegenthaler property 
needed for right of way neer Cedar Mills approved subject to 
condition freeway rights are not needed. 

Engineer to investigate possibilities of limited access to 
highway from Barnes Road connection to Banks. 
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1939 


9089 Sept. 27 Scrap materiel, etc. Engineer approves sale of materials, on 


9091 


9092 


9093 


9095 


which bids were received August 31, 1939, to high bidders. 

G. S. Paxson. Authority granted to attend Soil School in 
Washington, D. C., November 20 to December 2, 1939. 

Redwood Enpire Association. Commission invited to attend Nine- 
teenth Annual Convention on Treasure Islend, October 13, 1939. 

Insurance. New policy to be ordered covering accidents aris- 
ing out of snow removal operations on Upper Columbia River 
Highway. Old policy to be canceled. 

Kimberly-Monument Secondary Highway. Extending highway from 
Monument to connection with Pendleton-John Day Highway at 
Long Creek approved. Resolution to be prepared. 

Estacede. Woodburn-Sandy Secondary Highway. Commission to di- 
rect letter to ¥.P.A., Portland, approving improvement of 
highway in front of high school grounds. 

Sign. Illegal information to be removed from Maryhill Ferry 
sign erected at junction of Sherman and The Dalles-California 
Highways. 

Cancellation certificates. Resolution authorizing Secretary 
to sign certificates termination old bonds of Highway Engineer. 

Pacific Highway, California Section to be completed simul tane- 
ously with Oregon Section. 

Historical monument. Erection of marker on Santiam Highnay, 
honoring pioneers, especially Andrew Wiley, approved. To be 
financed with funds other than state funds. 

Diamond Lake Highway. Request for snow removal from Union 
Creck to The Dalles-California Highway denied. 

Signs. Request for change in signs along old Pacific Highway 
to indicate alternate routes between Junction City and Eugene 
denied. 

Pecific Highway. Letter from Oscar Bussell regarding adoption 
of permanent route through Eugene. 

Tiller-Trail Secondary Highway. Immediate improvement between 
Canyonville and Jackson County line requested. 

Siuslew Highway. Blachly-Long Tom River Section. Proposed im 
provement discussed. 

Wilson River Highway Project. Discussion of difficulties en- 
countered with shovel operetors as result of reduction in 
wage rates. Wages not to be paid by state. 

Surveys. List of surveys ordered since last meeting. 

Extensions of time, as follows: 

0. C. Yocom, Sheridan-Polk County Line Section; 
E. C. Gerber, Shaw Junction-Getes Section; 
Warren Northwest, Inc., Deschutes Oiling Project; 
Minneapolis-Moline Power Implement Company, ihiteson Grade 
Separation Project. 
Contracts completed and accepted, as follows: 
Sheep Ridge-Toll Creek Section, Leonard & Slate; 
Crooked Creek-Lobert Section, Roy L. Houck; 
Odell Leke-Walker Mountain Section, Fisher Brothers; 
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1939 

9084 Sept. 27 Quarry site. Offer from James Anderson to purchase querry site 
adjacent to Pacific Highway near Junction City acceoted. 

Elsie-~Jewell county road. Maintenance of entire road, used as 
detour, to be continued for time being. 

Gold. State's claim for gold recovered in state gravel pit by 
RK, I. Stuart & Sons in connection with Contract No. 2129, in 
Jackson and Josephine Counties, withdrawn. 

Weston-Etgin Secondary Highway. McDougall's Camp-Tollg«te Sec- 
tion. State requests release from agreement with Public Roads 
Administration to contribute $10,000 toward cost of project. 

Wolf Creek Highway. $90,000 increase in budget for oiling be- 
tween Nehalem River and Davies approved. 

9085 Payment of $4,500 for non-labor items for October approved. 

Drainage ditch. Request for improvement of privately-owned 
ditch adjacent to Pacific Highway south of Winston Bridge, 
Douglas County, denied. 

U. S. Highways No. 30 South and No. 30 North. Wo action taken 
on suggestion for change in present system of signing. 

Deschutes County. Attorney's report on plan of county for pro- 
gram of road construction involving stete cooperation in 

ement of work. 

9086 Morrow County. Several road improvements requested. No action 
taken. 

Portland. Improvement of Lombard Street (state highway route) 
between Greeley Street and St. Johns requested. 

Approach roads. Roadway entrance requested from Pacific High- 
way to public archery range north of Tangent. 

Policy adopted with respect to construction of private road- 
wey entrances. 

9087 Oregon-Washington Highway. Director of Highways, State of Wash- 
ington, requests information relative to plans for improve~ 
ment of Oregon Section. 

Petitions presented from citizens of Freewater relative to 
route of highway between Freewater and Oregon-Washington line. 

9088 Business abutting on highways. Notice prohibiting use of high- 
wey rights of way for parking of cars or for commercial pur- 
poses. (See also page 8987) 

Equipment. Purchase of following authorized: 

12 Ford or Chevrolet automobiles and 1 Buick automobile; 
20 trucks of Ford and Chevrolet class; 

1 rotary snow plow, known as Rotoblade; 

6 push-type snow plows; 

1 250-watt radio tranamitter for installation et Roseburg; 
1 shaker screen for use on Wolf Creek Highvey project; 

9089 1 stamp vending machine. 

Cape Arago Secondary Highway. Resolution from Coos County 
Court preserving for public use portion of right of way 
abandoned by state in Charleston. 

award of contracts. Commission approves following awards: 
Warren Creek Section, E. C. Hall Company; 

Dundee-West Dayton Section, sicNutt Bros. 
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9107 Sept. 27 Robert |. Sawyer. Resignation as member of Travel and Infor- 
mation Advisory Committee accepted. Letter directed to Mr. 
Sawyer relative thereto. 

9108 Travel and Information Department. E. B. Hoyt and. D.B. 
Dodson invited to serve on Advisory Committee. 

9109 Sept. 28 Bids, as follows, opened and read: 
North Powder-Muddy Creek Section, roadside improvement; 
Water Street Section, remodel east approach to existing 
bridge over Willamette River and construct concrete viaduct; 
Warren-Scappoose Section, grading and paving; 
Bridge over Coal Bank Slough, Oregon Coast Highway ; 
Nye Junction-Long Creek Rock Production Project; 

9110 Lang Canyon-Arlington Section, grading, surfacing, macadam; 
Butte Falls Section, surfacing and oiling; 
Cottonwood Creek-Lakeview Section, grading, surfacing, oiling; 
South Unit, Albany Section, grading; 

9lil Albany Sestion, eight culverts and one bridge; 
Salem-Pringle Creek Section, grading and paving; 
West Unit, Stanfield-Pendleton Hill Section, roadside im 

vement; 

Weston-Elgin Rock Production Project; 

9112 Maupin-Cow Canyon Rock Production Project; 
Sale of 3.8-acre tract near Dee. 

North Umpque County Road. Construction requested on 1j-mile 
section extending easterly from project completed this year. 

Wilson River Highway Project. Delegation urges that progress 
be made on construction of highway. 

9114 Kimberly-Monument Secondary Highway. Extending highway from 
Monument to connection with Pendleton—John Day Highway at 
Long Creek discussed. 

Grant County. Commission invited to attend venison dinner as 
guests of County Court in near future. : 

Timberline Lodge Road. To connect with Mt. Hood Highway 13 
miles west of present (east leg) connection. 

9115 Sidewalk. Delegation requests construction along Oregon Coast 
Highway between Gearhart and Seaside. Investigation ordered. 

Astoria. Payment of approximately $600, excess cost of moving 
buildings from right of way of proposed Astor Street revision 
of Oregon Coast Highway, approved. 

9116 Vale-Adrian County Road. Early construction requested. 

Vale West Secondary Highray. Improvement requested. 

Nyssa—Jordan Valley Road. Request made that portion removed 
from state secondary highway system be replaced. 

Albany. Roy W. Nutting requests increase in amount of settle- 
ment for right of way involving his home. Condemnation auth- 
orized. 

Cascade Lakes Forest Highway. Delegation urges construction 
of section from Willamette Highway to Crescent Lake. 

9117 Klamath County. Earl Reynolds discusses several highway im- 
provements in Klamath County. No commitments made. 
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9097 Sept. 27 


9098 


9102 
91 


91m 


9105 


9106 


9107 


b 


Contracts completed and accepted (continued): 

Sheridan-Polk County Line Section, 0. C. Yocom; 

Grant County Line-Unity Section, Babler Bros.; 

Shaw Junction-Gates Section, Edwin C. Gerber; 

North Unit, Oregon City Section, Leonard & Slate; 

Lobert Section, Roy L. Houck; 

Deschutes Oiling Project, Warren Northwest, Inc.; 

Hillsboro Airport-Ray's Ranch Section, McNutt Bros.; 

Sandy Boulevard (44th to 74th Ave.) Section, Edlefsen-i:eyganit. 
Date for meeting in December scheduled for December 7, 1939. 
Signs. Oregon City. Fingerboard signs to be installed on high- 

way right of way directing public to McLoughlin Memorial Home. 

Historical markers. Oregon City. Maintenance of markers on 
highway right of way relative to McLoughlin Memorial Home 
deferred. 

Right of wey budget. Attorney's report on status of 1939 builget. 

Real property. Resolution authorizing acquisition. 

Albany. Offer of Charles Childs to purchase building on 
right of way of Pacific Highway East declined. 

Timber areas. Wolf Creek Highway. Purchase of area near Wash- 
ington-Tillamook County line from Sunset Logging Company dis- 
cussed. 

Condemnation. Resolution authorizing condemnation as follows: 
Salem-Pringle Creek Section, Pacific Highway East, 

Ethel T. Allison and Ira R. Thomas; 
Davies-Vadis Section, Wolf Creek Highway, 
Lester Sell; 
Muddy Creek-Lakeview Section, Klamath Falls-Lakeview Highway, 
A. C. Kingman, C. B. Ledgwick, and E. L. Ford; 
Warren-Scappoose Section, Lower Columbia River Highway, 
Erickson's Dairy Products Company; 

Albany Section, Pacific Highway East, 

Charles Childs and A. K. McMahan, Ruth Nelson, Roy W. and 
Winnifred Nutting, Walter Chance, Jr., Mary C. Goodwin and 
unknown heirs of Harrison 0. Chance, deceased. 

Portland. Standard 0il Company's service station located on 
state property «t intersection of Denver and Union Avenues, 
North Portland, ordered removed. 

Estacada. Request of C. P. Henkel to purchase two fractional 
lots outside standard right of way limits denied. 

Properties. Excess properties not to be sold unless cash of- 
fer of at least $250 made. 

Portland. John Jordan property on McLoughlin Blvd.(Pacific 
Highway East). Purchase by state denied. State opposed to 
change in zone classification as requested by Mr. Jordan. 

Timber strips. Vouchers covering last two payments to Miami 
Corporation for timber strips along Salmon River Highway 
eigned. To be held until payments are due. 

Seaside Beach. Discussion of allowing beach to be used as 
landing field for airplanes. 


9130 


9131 


9132 


9133 


9134 


9136 


9137 


Subject 


Bids as follows opened and read (continued): 
Brothers-Harney County Line Section, crushed rock; 
Reedsport (12th St. to 15th St.) Section, paving; 
Klamath Agency-Modoc Point Section, grading, surfacing, oiling; 
Waldport Rock Production Project; 
Butteville Road-White School Section, paving; 
Multnomah Falls-Oneonta Section, rock embanknent; 
Elgin-Rock Creek and Union-North Powder Rock Production. 

Hilson River Highway. Inquiry made as to plans for construc- 
tion of Devils Fork bridge and log bridge over third cross- 
ing of Wilson River. Engineer's report. 

Sidewalk. Construction requested along Nehalem-Manzanita 
Road east of Manzanite School. Investigation ordered. 

Tillamook County. County Court requests additional federal 
aid secondary money for oiling of county roads. 

Oregon Coast Highway. Beaver. Widening of bridge at Beaver 
requested. Investigation ordered. 

Salem. Request for widening of State Street between 12th 
Street and the east city limits denied. 

Vale West Secondary Highway. Request for improvement near 
Hope and at hill west of John Faw Farm denied. 

Baker-Homestead Highway. Additional improvements requested on 
Dry Gulch Section and Ruckles Creek Section. 

Wheeler. Request for graveling and oiling of unimproved strips 
adjacent to highway. Decision deferred. 

Powers Secondary Highway. Oiling from Hoffman Bridge to Powers 
requested. 

Amity—Day ton Secondary Highway. ‘Widening, resurfacing and 
development of road requested by delegation. 

Dayton. Commission to be invited to a dinner when project on 
highway in vicinity of Dayton completed. 

Portland. Standard Stations, Inc., requests permission to con- 
tinue maintaining service station on Pacific Highway West at 
intersection of Denver and Union Avenues. Investigation or- 
dered. 

Oregon Coast Highway. Bandon Section. Decision on proposed 
location requested by delegation. 

Forgery bond. Canceling of National Surety Corporation bond 
and securing new bom from American Bonding Company approved. 

Schedule bond. Jack Godfrey, Portland, offers to write sched- 
ule bond covering employees by position rather than by name. 

Awards. Commission announces awards on projects forwhich bids 
were received during morning session. (See page 9128) 

Illinois River Bridge. Delegation discusses plans for bridge 
construction. Bids taken June 22; contract to be awarded 
when approved by federal authorities. 

Log hauling. Request of George R. Yan Vleet for permission to 
haul overlength logs denied. 

82nd Street Highway. Delegation requests construction of uncom- 
pleted section between Portland and Oregon City and elimins- 
tion of railroad grade crossing near Clackamas. 
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9117 Sept. 28 Century Drive Secondary Highway. Bend-£lk Lake Section. Prog~ 
ress of improvement discussed. 
gis warm Springs Highway. Additional improvements and placing of 
road on federal aid system requested. 

Butler Market Rosd. Deschutes County offers to give $5,000 
of county's share of motor vehicle and gesoline tax funds, 
not yet due, for improvement of roai. No definite statement 
made by Commission. 

Forgery bond. Relieving National Surety Corporation of for- 
gery bond and giving business to American Bonding Company dis- 
cussed. Definite decision deferred. 

Park matters: 

Proposed park at Brookings: Elmer Bankus offers to donate 
park site fronting on ocean beach. Decision deferred. 
Proposed park at Blue Lake: W. P. Davidson, Prineville, of- 
fers to sa@l 233-acre park site at Blue Lake. Offer declined. 
9119 Proposed recreational area at Neahkahnie Mountain State Park: 
C. C. Seeley offers to sell 120-acre timber area adjacent to 
Neahkahnie Mountain State Park. Offer refused. 
Proposed park at Cascadia: Securing of options for portion 
of Giesendorfer property at Cascadia Springs authorized. 
fwards. Commission announces awards on projects for which bids 
were received during morning session. (See page 9109) 
9122 Agreements, et cetera, signed as follows: 
City of Albany, construction of drainage canal on South Al- 
bany project; 
Ed Saling and wife, certificate to correct error in record- 
ing deed to parcel of lend in Union County; 
United States of America, cooperative agreement covering con- 
struction of Alsea River Bridge on Alsea Highway; 
O.#.R.R.& N. Company, encroachment of Oregon-i/eshington High- 
way on railroad company property in Adems; 
Henry K. Hardisty, elimination of cattle pase on John Day- 
Burns Highway, in Grant County; 
Bargain and sale deed conveying unto James Anderson aban- 
doned state-owned borrow pit south of Junction City; 
Bargain and sale deed conveying unto hufue C. Stonefield and 
wife land in Lane County; 
Bargain and sale deed conveying unto West Coast Power Company 
land in Coos County; 
9123 Q uitclaim deed conveying unto Carl G. Washburne and wife 
two parcels of land in Lane County. 
Nov. 1 Travel and Information Department. Recommendations of Advisory 
Committee on tourist promotion activities for 1940 discussed, 
9125 Magazine advertising schedule for 1940 suggested. 
9126 Portland. Proposed Front Street arterial highway discussed 
with Portland City Council and City Planning Commission.. 
9127 Nov. 2 Bids as follows opened and read: 
9128 Muddy Creek-Haines Section, grading, surfacing and oiling; 
Bridge and approaches over Necanicum River at Black Bridge; 
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9142 Nov. 2 


9143 


9144 Nov. 3 


9145 


9151 
9152 


9153 
9154 


9156 


Subject 
Park matters (continued): 


whlsonville park site. Acquisition of property for park on 
north side of Willamette River approved. 
C.C.C. State Park Camps. Expenditure of §50 per month toward 
rental of central design office in Portland authorized. 
Silver Creek Falls Park. State to cooperate in cost of con- 
structing myrtlewood furniture for recreational building. 
Cascadia proposed park. Parks Superintendent to negotiate 
with Baptist Church representative relative to vacation of 
church facilities. 
Park budget for 1940. Budget of $150,000 requested. Action 
deferred. 
Bids, as follows, opened and read: 
Mt. Hood Rock Production Project; 
Seaside-Necanicum Summit Rock Production Project; 
Mountain Rest-Mt. Vernon Rock Production Project; 
Siskiyou Junction-Klamath County Line Rock Production; 
West Unit, Grants Pass-Green Creek Section, grading and paving; 
Oregon Slough-Columbia Slough Section, paving. 
Minutes approved for meetings held June 21 and 22, July 18, 
July 26 and 27, and August 17 and 18, 1939. 
Gasoline and oil for 1940. Bids received by State Board of 
Control discussed. Decision deferred. 
Real property. Resolution authorizing acquisition. 
Condemnation. No offers to be made, in so far as possible, un- 
til approved by Commission. 
Oregon Coast Highway. Morshfield—Coquille Section. A. H. 
Edlefsen to be offered $100 per acre for his property. 
Condemnation. Resolution authorizing condemnation on following: 
Northwest Route of Tigard Section, Pacific Highway West, 
A. P. and zelda Ploeger; 
Grants Pass-Green Creek Section, Pacific Highway, 
Jean Higgins; 
Scotts Butte-Jordan Valley Section, I. 0. N. Highway, 
Hazel Breshears, Delos C. Foster, Wm. 5. Packard, Alfred 
C. Griffin; 
west Unit, Jordan Creek Section, I. Q. N. Highway, 
Walter R. Bowden; 
Cottage Grove Section, Pacific Highway, 
Alvin C. and J. H. Spriggs, Frank and Mary Heck; 
Salem-Pringle Creek Section, Pacific Highwey East, 

Albert L. Thomas and Ethel Thomas Allen. 
Garage building. Reedsport. Commission accep 
son Hogan to remodel his garage building. 

Nehclem sandspit. Competent appraiser to be hired to set a 
value on number of privately-owned lots. 

Pacific Highway. Grants Pass-Green Creek Section. Redwood En- 
pire Association requests revision in plans for reconstruction. 

Timberline Lodge. Demand made by Lodge on Mt. Hood Stages for 
portion of its ton-mile tax. Attorney to bring matter to at- 

tention of Public Utilities Commissioner. 


ts offer of Nel- 
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9138 


9139 


9140 


gl4l 


9142 


Subject 


Sign. Erection of sign at Gladstone directing horthbound tour- 
ist traffic to Columbia River Highway via 2nd Street denied. 

Oregon Coast Highway. Astoria. City Manager discusses 
proposed Astor Street improvement. 

Landscepe Engineer. Request of City of Astoria for services 
of engineer to assist in landscaping city park approved. 

Portland. John Jordan requests change in zone classification 
of his property adjacent to McLoughlin Boulevard. Attorney 
to negotiate for purchase of Jordan property. 

Offer of Southern Pacific Company to purchase state-owned 
property south of John Jordan property denied. 

The Delles-California Highway. Partial encroachment of trucks 
on highway south of Klamath Falls during inspection of pote- 
toes to be allowed during this year's inspection. 

Deschutes County. Transfer to state highway fund of $5,000 of 
county's share of gasoline tax and motor vehicle funds for 
oiling of Butler Market Road approved. 

Butler Market Road. Report on status of project. 

The Dalles-California Highway. Improvement between Bend and 
Fort Klamath urged. 

Deschutes County. Offer of county to donate rock for highway 

ses from excavation of basement of courthouse accepted. 

McKenzie-Bend Highway. Investigation ordered of blind curve 
necr junction with old state highway between Redmond and Bend. 

Oregon Coast Highway. Marshfield-Coquille Section. Offer of 
$100 per acre to A. H. Edlefsen for property involved in im- 
provement authorized. (See page 9152) 

Timber strips. Salmon River Highway. Acquisition of strips on 
north side of highway near Otis from Miami Corporation dis- 
cussed. 

Purchase of N. D. Churchill wayside timber strip along Saluon 
River Highway near Tillamook County line authorized. 

Vista House. Entering into agreement with Edward L. Dimmitt 
and power company for furnishing of electrical energy denied. 

Park matters: 

Lineoin County's offer to donate 40-acre tract near highway 
south of Yaquine Bay accepted. 
Ecola State Park. Offer of Crown Zellerbach Corporation to 
sell tract north of Ecola State Park declined. 
Saddle Mountain Game Reserve. Commission to join with Crown 
Willamette Paper Company requesting establishment of game re- 
serve in holdings of company near Saddle Mountain State Park. 
Natal Grange park site. Establishment of park recommended. 
Croft Lake state park site. Establishment of park at this 
lecation urged. 
Waldport State Park. Request for allocation of funds for 
development of park adjacent to Yregon Coast Highway denied. 
Little Jack Falls park site. State park not to be established, 
but old road to be retained for sight-seeing purposes. 


Page Date Subject 
1939 
9164 Nov. 3 


9165 


9166 


9167 


9168 


9169 
9170 


917 


9172 


9173 
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Buildings. Construction of maintenance headguarters building 
at John Day approved. 
Construction of office building and addition to maintenance 
headquarters building at Medford approved. 
Engineer presents list of other needed maintenance buildings. 
Provision to be made in 1940 budget for maintenance buildings 
at Cascede Summit and Blue Mountain Summit. 
Wolf Creek Highway. Payment of $4,200 for November and a like 
amount for December for non-labor items authorized. 
Oregon Road Laws. Expense of printing to be charged to general 
administration account. 
Advisory Board on Publicity Matters. Acceptance of appointment 
on Board presented by Palmer Hoyt and ¥. D. B. Dodson. 
Oregon-Washington Highway. Washington improvement deferred un- 
til Oregon Section to be constructed. 
Siuslaw Highway. Improvement over summit. Suggestion made that 
hearing regarding improvement be held in Junction City. 
Junction City. City inquires as to attitude of Commission with 
respect to establishing business zones. 
Snow removal. Request for snow removal on South Santiam High- 
way denied. 
Klamath Falls. Traffic survey authorized. 
Harrisburg. Commission to cooperate in city beautification 
project. Commission to donate trees. 
Tiller-Trail Secondary Highway. Improvement discussed. 
Surveys. List of surveys ordered since last meeting. 
Extensions of time, as follows: 
R. I. Stuart & Sons, Diamond Lake Section; 
Berke Bros., Coquille-Clausen Section; 
A. C. Greenwood, Arch Cape-Beach Creek Section; 
C. J. iontag & Sons, Bridge over Umpqua River; 
Fisher Bros., Eagle Creek-liade Corner Section; 
Rogers Construction Co., Scotch Creek-Castor Ranch Section; 
Leonard & Slate, Service Creek-Mule Shoe Creek Section; 
J. F. Johnston, Bridge over Sheep Creek; 
S. S. Montague, Read Creek-Wren Section; 
Pacific Bridge Painting Company, Interstate Bridge painting; 
Newport Construction Co., Provolt-Williams Section. 
Contracts completed and accepted, as follows: 
Diamond Lake Section, k. I. Stuart & Sons; 
Coquille-Clausen Section, Berke Bros., Inc.; 
North Unit, Bear Canyon-State Line Section, Harold Blake; 
Umpqua River Bridge Section, C. J. Montag & Sons; 
South Unit, Bear Canyon State Line Section, Harold Bleke; 
Devils Garden-Quartz Mountain Section, J. C. Compton and Rog- 
ers Construction Company; 
Scotch Creek-Castor Ranch Section, Rogers Construction Co. 
Service Creek-Mule Shoe Creek Section, Leonard & Slate; 
Lamb Creek-Sheep Ridge Section, J. F. Johnston; 
Dean Creek-Prairie City Section, Bdlefsen-Weygandt Company ; 
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9157 Nov. 3 
9158 


9159 


9160 


9161 


9162 


9163 
9164 


1940 federal aid secondary highway funds. Partial program for 
such funds selected. 

Timber strips. Salmon River Highway. Miami Corporation re- 
quested to defer final decision in regard to sale of timber 
to private purchaser until after June 1, 1940. 

Advertising program. Ray Conway suggests advertising in west- 
ern states rather than throughout entire United States. 

Warm Springs Highway. County Judge Bowman asks increase in al- 
location for construction north of Prineville. 

Gasoline and oil for 1940. Representative of Richfield 0il Com- 
pany urges award of business to Richfield 0il Company. 

Awards. Commission announces award of projects for which bids 
were received during morning session. (See page 9144) 

Bids. k.0.Dail and Warren Bros., Inc., omitted unit price on 
bid. 

Gasoline and oil for 1940. Commission approves award of con- 
tract to Richfield Oil Company. Engineer to so advise Board 
of Control. 

Nyssa. Proposed railroad grade separation project. Attorney 
to negotiate for options to property. 

Travel and Information Department. Recommendations presented 
by Advisory Board on Publicity Matters for activities of de- 
partment in 1940 adopted. (See page 9124) 

Grant County. Resolution requesting designation as state sec- 
ondary highway of county road extending from Monument to Long 
Creek. 

Equipment. Engineer authorized to purchase following: 

1 3/8 yd. shovel for use or Wilson River F.P.A. Project; 
1 pump for use in connection with Wolf Creek Highway work; 
4 electric headlamp testers; 

4 tension wrenches for cylinder heads; 

1 hydraulic brake drum gauge; 

1 bench grinder; 

2 cylinder boring bars; 

1 electric motor and 1 reversing switch; 

1 No. 5 Dumore highspeed tool post grimer; 

1 7-passenger 1939 automobile for use of Commission; 

1 accounting machine. 

Load limit. Resolution lifting reduced load limit on bridges 
on North Santiam Secondary Highway. 

Award of contracts. Commission approves following awards: 
State Farm Adams Section, Roy L. Houck; 

Remodel east approach of bridge over Willamette River at 
Oregon City, McNutt Bros.; 

Bridge over Lang Canyon, Columbia River Highway, Denton & Young; 
Lang Canyon-Arlington Section, Leonard & Slate. 

Gravel pit. Abandoned pit adjacent to Hood River Secondary 
Highway, near Dee, sold to H. C. McCurdy. 

Division No. 5. Mileage of state highways in each of mainten- 
ence districts to be equalized. 
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9180 Nov. 20 Pacific Highwey. Cottage Grove project not to be advertised 


9181 


9182 


9186 


9187 


9189 


9192 
9194 Nov. 21 


9195 


9196 


until right of way matters disposed of. 
Attorney to proceed with condemnation of Frank Heck property. 

Right of way. Policy adopted relative to securing options 
when tentative construction programs have been adopted. 

Lerch Mountain. Acquisition of timber discussed. No action. 

Lower Columbia River Highway. Property of Erickson Dairy Prod- 
ucts Compary, near St. Helens, to be condemned. 

Portland. John Jordan property. Original offer increased as 
result of improvements made by Mr. Jordan. 

Right of way. Policy adopted with respect to maximum amounts 
to be expended within cities and towns. (Front St. Portland) 

Culverts. Recommendation made that use of wood stave pipe be 
limited to 5 per cent of annuel pipe requirements. 

Historical signs. Erection along highways authorized. 

State Motor Association to prepare booklet for tourists. 

Federal aid highway system. List of selected roads. 

Illinois River Bridge. Transfer of funds to defray cost of 
construction approved. J. F. Johnston to be consulted re- 
garding acceptance of award of contract. 

1941 forest highway allocations. Tentative list. 

Nyssa. Proposed grade separation project. Settlements for 
right of way approved. 

Oregon City. Pacific Highway East. Revision to be made in 
plans to involve connection from St. Pauls Episcopal Church. 

Junction City. Hearing relative to proposed improvement of 
Siuslaw Highway over summit of Coast Range Mountains. 
Establishment of business zones and set-back line discussed. 

Newport. Highway grade to be fixed and area planted between 
Joseph Franzwa property and highway right of way. 

Tiller-Trail Secondery Highway. Improvements authorized for 
1940 and 1941 working seasons. 

Traffic signals. Klamath Falls. Installation authorized. 
Installation at railroad crossing on Klamath Falls—Malin 
Highway, near Merrill, denied. 

Santiam Highway. Sweet Home. Oiling approved. 

Sisters. Oiling of strips adjacent to highway approved. 

ter Valley Highway. Request for guard rail on Salisbury- 
Mason Siding Section denied. 

Survey. Sumpter Valley Highway, Salisbury-Mason Siding Sec- 
tion. Survey authorized. 

Sidewalks. Report on cost of construction along iallowa Lake 
Highway between LaGrande and Island City. 

State-wide survey of projects ordered. 

Action on following requests withheld: 
Oregon Coast Highway, Seaside to Gearhart. Pedestrian 
traffic count authorized; 
Nehalem-Manzanita County Road, vicinity of Manzanita School; 
Pacific Highway. Hayesville School south to Salem; 
Medford-Provolt Secondary State Highway, Jackson County. 


9175 
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9177 Nov. 20 


917 
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Contracts completed and accepted (continued): 
Interstate Bri¢ge painting, Pacific Bridge Painting Company; 
Provolt-Williams Section, Newport Construction Company; 
Salem-Middle Grove Section, Warren Northwest, Inc.; 
Wheatland Junction-Salem Section, Warren Northwest, Inc. 
Date for January meeting scheduled for llth and 12th. 
Agreements, et cetera, signed as follows: 
Western Union Telegraph Company, operation of remote radio 
receiver at Salem; 
City of Nyssa, revisions in city's water system; 
O.W.R.R.& N. Company, Union Pacific Company, and Baker County, 
revised easement across railroad grounds at Haines; 
Pacific Telephone and Telegraph Company, use of telephone 
pole at Fairgrounds Road and Myrtle Avenue, Salem, for use 
in connection with installation of traffic signal; 
B. Mildenhall and wife, entrance driveway into Mildenhall 
Service Station property at Canby; 
Mary Z. E. Conder, elimination of cattle pass in Tillamook 
County ; 
McNutt Bros., extra compensation on Contract No. 21.26; 
Coos County, state cooperation in acquiring right of way from 
J. P. Johnson on Coquillelausen Section; 
C. J. Montag & Sons, Contract No. 2128, Umpqua River Bridge; 
W.P.A., advance of funds for non-labor items for Nov., 1939; 
Mountain States power Co., culvert across company's Santiam 
Canal; 
John Hewitt, maintenance of logging road across Salmon River 
timber reserve; 
Bargain and sale deed conveying unto Tigard Methodist Episco- 
pel Church property in Washington County; 
Bargain and sale deed conveying unto H, C. McCurdy land in 
Hood River County; 
Bargain and sale deed conveying unto C. H. Pfaffle and wife 
land in Washington County; 
Bargain and sale deed conveying unto Max Brown and Inez 
Brown land in Linn County; 
Easement agreement with Eugene Thorndike providing for detour 
road during construction of Eagle Point-Trail Section; 
Easement agreement with Jesse Glen White and wife providing 
for detour road during construction of Newberg-McMinnville 
Section; 
Bargain end sale deed conveying unto Henry Reese and Max and 
Charlotte Schlag land in Bunker Hill Addition to Marshfield; 
Bargain and sale deed conveying unto H. M. Featherstone and 
Pearl E. Featherstone land in Malheur County. 
Right of way budget. Attorney's report on 1939 budget. 
Real property. Resolution authorizing acquisition. 
Pacific Highway. Cottage Grove. Settlement for right of way 
across property of J. H. Chambers, A. W. Helliwell, and P. E. 


Nelson. 
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9205 Nov. 21 


9207 


9208 


9209 


9210 


9211 


g2l2 


9213 Dec. 7 


Equipment. Air pressure unit being acquired from Helliwell & 
Nelson, Cottage Grove, to be considered for Santiam mainten- 
ance headquarters before purchase of new unit. 
U. S. Highway No. 95. Adoption of route through Oregon. 
Santiam Highway. Soda Creek-Tombstone Summit Section. Aban- 
donment resolution. 
Weston. Commission invited to attend get-together meeting. 
Morgan-Arlington County Road. Request for designation as sec- 
ondary highway denied. Request for survey denied. 
Pacific Highway. Request for change in proposed grade line 
south of Salen. 
Old Oregon Trail. Request that name be shown on highway map. 
Oregon Coast Highway. Requests for improvement in Curry County. 
The Dalles. City to assume liability in connection with deco- 
ration of highway route during Holiday Season. 
Traffic signals and lights: 
Requests denied or deferred, 4s follows: 
Tillamook, Cornelius, Cottage Grove, Portland at N. E. Un- 
ion and Vancouver Avenues (traffic island to be constructed), 
Oregon City, Oswego, Ontario (flashing beacon authorized), 
and Oregon College of Education at Monmouth. 
Requests approved, as follows: 
Clatskanie, Portland at intersection of N. E. 82nd Street, 
N. E. Halsey Street and N. EF. Jonesmore Street, and Med- 
ford (city expense). 
Extensions of time as follows: 
Clifford A. Dunn, Baker Gulch-Lick Creek Section; 
Leonard & Slate, Charleston-Sunset Bay Section. 

Contracts completed and accepted, as follows: 
Klamath Falls Undercrossing, ©. J. Montag & Son; 
Baker Gulch-Lick Creek Section, Clifford A. Dunn; 
Mills Bridge Section, Jacobsen-Jensen Company ; 
Charleston-Sunset Bay Section, Leonard & Slate; 
Interstate Avenue Lighting, Birkemeier & Saremal; 
Santiam Junction maintenance building, Odom Constr. Company; 
Smith Point-Youngs Bay Section, D. L. Ashton; 
South Unit, Albany Section, Leonard & Slate. 

Agreements, et cetera, signed as follows: 
Sexton, Looney & Risley, extra compensation on Contract 21453 
Raleigh Matthews & wife, easement for detour road; 
Bargain and sale deed conveying unto Charles Childs property 
in Albany; 
Bargain and sale deed conveying unto 0.W.R.R.& N. Compary and 
Northern Pacific Company two standard gauge railroad tracks 
and appurtenances, in Pendleton; 
Warranty deed conveying unto 0.%.R.R-& N. Company and North- 
ern Pacific Railway Company property in Permileton. 

Bids, as follows, opened and read: 
Black Bridge-Richland Section, surfacing, oiling, crushed rock; 
Mountain Rest-Mt. Vernon Rock Production Project; 
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Page Date Subject 
1939 
9196 Nov. 21 Sidewalks. Construction approved, as follows: 
City of Parkdale, along Hood River Secondary Highway; 
City of Coquille, along Oregon Coast Highway. 
9197 Snow removal. North Santiam Highway. Discussion with Marion 
County Court. No definite action. 
Siuslaw Highway. Expenditure of $60,000 in 1940 to rebuild 
section over summit of Coast Range authorized. 
Culverts. Experiment with timber pipe to be limited to 10 per 
cent of amual pipe requirements. 


9198 Present policy of using concrete and metal pipe continued. 
1941 regular federal aid program. Tentative projects selected. 

9200 1941 federal aid secondary projects. Tentative list. 

9201 Plans to be prepared. Right of way options to be secured. 


Pendleton—John Day Highway. Pendleton-McKay Creek Section. Imn- 
provement discussed. 
Survey authorized of Pendleton-McKey Creek Section. 
Military duty. Leaves of absence to be granted employees. 
9202 Park matters: 
Wayside strips along Penileton-John Day Highway. Acquisition 
authorized; 
Recreational area at confluence of Crooked River, Deschutes 
River and Metolius River. 99-year lease to be secured. 
Nehalem Bay Sandspit. Acquisition of private lots authorized. 
Timber strips. Salmon River Highway. Miami Corporation to de- 
fer sale of timber for period of six months. 
Park matters: 
9203 Natal Grange. Acquisition of tract adjacent to Nehalem High- 
wey at Natal Grange denied. 
Zoning legislation for signs. Suggestions offered by Foster & 
Kleiser Company, outdoor advertising concern. 
Vouchers. Procedure authorized by 1939 Legisleture for sign- 
ing vouchers to be given trial. 
Pontoon. Offer of Coos Bay Dredging Company to purchase pon- 
toon at old North Bend ferry slip accepted. 
Memorial markers. McLoughlin Memorial Home. Erection on Pa- 
cific Highway East at Oregon City authorized. 
9204 Rental of state property. Request of Jack Burton to plant 
clover on state property adjacent to Wellowa Lake Highway. 
Drainage. Request of Blaine Stanley, Hubbard, to drain swim- 
wing pool into ditch al.ong Pacific Highway denied. 
Imiian houses. Pictures of houses at Priest Rapids, Washington, 
suggestion for improvement of Celilo Indian village. 
Prineville. State aid in illuminating highway refused. 
kward confirmed of following contract: 
West Unit, Grants Pass-Green Springs Section, Leonard & Slate. 
Log hauling. Special permits for overlength loads deferred. 
9205 Equipment. Purchase of following authorized: 
12 4-wheel drive trucks; 
4 2,000-gallon semi-trailers; 
1 air pressure unit for Santiam maintenance headquarters. 
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9233 
9234 


9235 


9236 


9237 


9238 
9239 


9241 


Dec. 8 


Subject 


Oregon Coast Highway. Delegation discusses opening of Neah- 
kahnie Mountain Section, and improvements on other sections. 

Curry County. Federal aid secondary highway setup discussed. 

Dr. L. I. Hewes. Present and paid respects to Commission. 

Snow removal. McKenzie Highway. Requested by Willamette Ski 

Patrol. Decision deferred. 

Awards. Commission announces awards on projects for which bids 
were received during morning session. (See page 9213) 

Qld Oregon Trail. Several improvements requested by delegation. 

Union County. Several highwey improvements requested. 

Tigard. Oiling of strips adjacent to highway requested. 

E. C. Gerber. To be reinstated and awarded only one contract, 
limited to maximum of $100,000, as trial proposition. 

Lower Columbia River Highway. Method of reimbursing C. F. 
Howard for moving his service station north of St. Helens. 
Timber. Salmon River Highway. Delegation urges preservation 

of timber, especially in vicinity of Boyer. 

Arch Cape promontory near Clatsop-Tillemook County line. F.L. 
Smith offers to sell timber to state. Decision deferred. 
Log hauling. Conference with representatives of Department of 
State Police and Public Utilities Commissioner. State High- 

way Engineer to formulate set of rules and regulations. 

Canby. Requiring logging trucks to stop at crossing of South- 
ern Pacific tracks discussed. Action deferred. 

Bids, as follows, opened and read: 

Nehalem River-Sunset Summit Rock Production Project; 
Reedsport (12th St. to 15th St.) Section, paving; 

Siskiyou Junction-Klamath County Line Rock Production; 

Warm Springs Agency-Vanore Section, surfacing and oiling; 
Remodel and widen bridge over Depoe Bay; 

Trout Creek-Toll Creek Section, surfacing and oiling; 
Necarney Creek-Neahkahnie Mountain Section, grading and re- 
inforce concrete structures; 

West Unit, Petersburgh-Fairbanks Section, grading, surfacing, 
and oiling. 

Pole line. Bonneville Authority presents agreement covering 
permanence of construction and obligations of government and 
state in event of alterations in future. Action deferred. 

Princeton-Rome Road. Delegation requests construction. 

Burns-Crane Highway. Oiling and reconstruction requested. 

Warm Springs Highway. Alloeation of additional forest highway 
funds urged. 

Bend-Elk Leke Forest Highway. Request for additional alloca- 
tion of forest highway funds. 

Ochoco Highway. Continuation of reconstruction requested. 

1941 forest highway funds. Projects tentatively selected. 

Snow removal. Timberline Lodge Road. Status of road to be 
determined before snow removal operations conducted. 

Timberline Lodge Road. Clackamas County Court inquires as to 

responsibility for maintenance and upkeep. 


Subject 


Bids, as follows, opened and read (continued): 

Siskiyou-State Line Section, bituminous macadam surfacing; 
Hebo-Oceanlake Rock Production Project; 

Cow Hollow Creek-Owyhee School Section, grading; 

Jordan Creek-McNemers Camp Section, surfacing and oiling; 
Viaduct over Devils Lake Fork of Vilson River; 

Sale of buildings in Tigard, Cottage Grove, and Albany; 

Move and reconstruct Methodist Episcopal Church in Tigard; 
Move and remodel Johnson Lumber Company buildings, Tigard; 
Remodel Lone Oak Service Station buildings, near Tigard 

Move and reconstruct Villa Ridge Service Station, near Tigard. 

Route F Highway. Oak Hill-Veneta Section. Cooperation of har 
Department in cost of project discussed. 

Oregon City. Condennation suit against Security and Investment 
Company. Pzyment of one-half cost of witness expense approved. 

Albany. Dr. Sternberg demands increase in price for property 
needed for right of way. 

Signs. Request that "Timberline" signs be changed to "Timber- 
line Lodge". 

Park matters. Offer of Elmer Bankus to donate park site at 
Brookings refused. 

Drinking fountain. Offer of Fred Reynolds to establish drink- 
ing fountain on Fremont Highway near Lakeview accepted. 

Park matters: 

Tract near Pratt property, Lene County:- offer of B. E. Smith 
to sell tract south of Pratt property denied; 

Area at confluence of Deschutes, Crooked and Metolius Rivers:- 
property to be leased for 10-year veriod. 

Ecola State Park. Purchase of 20-acre addition authorized. 

Roseburg. Improvement of road between Pecific Highway and 
South Main Street denied. Guard fence to be constructed. 

Baker County. State to interpose no objection if county pre- 
sents claim to 1941 Legisiature for damages cavsed by Sumpter 
Valley Railroad accident. 

Fines for violation of moter vehicle laws. Attorney to prepare 
form of legislation for presentation to 1941 Legislature. 

Claims. Investigation ordered of claim of A. B. Chapman for 
loss ineurred by driving into sanding truck on Green Springs 
Highway. 

Claim of Miles Otis Estate arising out of accident on Corval- 
lis-Newport Highway denied. 

Gasoline and oil products. Payment for service station deliv- 
ery discussed. Commission to be consulted nereafter before 
contracts involving purchase of supplies are made or modified. 

Qld Oregon Trail. To be given prominence on future highway maps. 

Historical markers. [Erection on highway routes discussed. 

Drainage. F. J. Fisher requests improvement of condition along 
Pacific Highway west in front of his premises near Sherwood. 

Snow removal. Sumpter Valley Secondary Highway to be kept 
clear beyond Sumpter, a distance of four miles. 
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1939 


9259 Dec. 8 Agreements, et cetera, signed as follows: 
Charlotte A. Fuchs, elimination of cattle pass; 
Wasco County, maintenance of lower Fifteenmile Creek County 
Road; 
Castle Films, Inc., distribution and showing of film; 
United States of America, non-le-cr items on Wolf Creek 
Highway W.P.A. Project for December, 1939; 
Southern Pacific Company, easement to construct, operate and 
maintain railroad we track and appurtenances, in Albany; 
Portland General Electric C upany, easement authorizing 
state to occupy company pr. erty in Oregon City; 
9260 Bargain and sale deed conveying unto Ida E. Davis property 
in Tigerdville; 
Portland General Electric Company, revocable permit for use 
of pole at Six Corners, Washington County; 
Portland General Electric Company, revocable permit for use 
of poles at Fairgrounds Road and Myrtle Avenue, Salem; 
Tidewater Associated Oil Company, revocable permit granting 
state permission to maintain pole on company's property, Salem. 
Date for special meeting set for December 20, 1939, in Salen, 
followed by inspection of Wolf Creek and Wilson River Highways. 
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Awards. Commission announces awards on projects for which bids 
were received during morning session. (See page 9235) 

Awards confirmed on following contract: 
Muddy Creek-Haines Section, E. C. Hall Company. 

Illinois River Bridge. J. F. Johnston accepts award of contract. 

Equipment. Purchase of following authorized: 
1 electric light plant for maintenance headquarters, Chemult; 
1 electric light plant for maintenance headquarters, Austin; 
5 power hoists for installation on bridge crew trucks. 

Load limit. Yachats State Park Road. Resolution authorizing 
50 per cent reduction. 

Budgets for 1940, as follows: 
Primary maintenance, primary minor betterments, secondary 
maintenance, and secondary minor betterments. 

Lease. Request of Emory Tresham to renew lease of state prop- 
erty adjacent to Amity-Dayton Secondary Highway approved. 

Portland. Standard Stations, Inc., granted 90 days' extension 
of time within which to remove service station buildings. 

John Day Highway. Prairie City. Settlement authorized with 
W. H. Clark regarding service station. 

Benson Park. Deed accepted from City of Portland. 

Claim. Allen's Cash Grocery claim for loss of business during 
construction of Bunker Hill Project denied. 

Neahkahnie Mountain Road. Oregon Coast Highway Association 
presents resolution urging completion of surfacing. 

Log hauling. Resolution presented by Oregon Coast Highway As- 
sociation urging enforcement of laws regarding loads. 

Sea wall. Waldport. Project not to be undertaken. 

Pacific and Redwood Highways. Correspondence relative to pav- 
ing at intersection. 

Hospital associations. Contracts to be renewed. 

Camp Menning. Liquor Control Commission requested to cancel or 
refuse renewal of permits for sale of beer near Camp Manning. 

Military duty. Letter from Governor Sprague relative to leaves 
of absence for members of National Guard or Reserve Officers 
Association. 

Abandoned sections of highways. Action by county courts accept- 
ing or rejecting short sections heretofore abandoned by state. 

Surveys. List of surveys ordered since last meeting. 

Extensions of time, as follows: 
Mountain States Construction Co., Noyes Ranch-Cove Section; 
Saxton, Looney & Risley, East Unit, Rhea Creek~Heppner Sec.; 
M. L. O'Neil & Son, Hooker Creek-Jordan Valley Section; 
H. L. Rice, Strebin Road-Hosner Road Section. 

Contracts completed and accepted, as follows: 
Corbett Station-Rooster Rock Section, Colonial Constr.Co.; 
Noyes Ranch-Cove Section, Mountain States Construction Co.; 
East Unit, Rhea Creek-Heppner Section, Saxton,Looney & Risley; 
Hooker Creek-Jordan Valley Section, M. L. O'Neil & Son; 
Junction City-Eugene Section, Blair T. Alderman 


Salem, Oregon, August 17, 1939 


The State Highway Commission met in the office of the State Highway 
Engineer, Room 325, State Office Building, at 8:30 o'clock p.m., for the dis- 
posal of accumulated routine matters. Present were: 


Henry F. Cabell, Chairman 

E. B. Aldrich, Commissioner 

Huron W. Clough, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


The Commission discussed the request of the Tillamook County Court 
for the loan of the services of a competent engineer to make a location survey 
and supervise construction of a county road extending from the Oregon Coast 
Highway up Cook Creek, which road was at one time considered as the route of 
Portiand's short road to the sea and is know as the Ridge Route. The Mngi- 
neer advised that he has a locating engineer available who could be loaned to 
the County Gourt if the Commission so desired. The question arose whether or 
not the County Court expected the state to pay this engineer's salary, which 
it was estimated would amount to about $1,300, the established policy in such 
cases being to require the counties to assume such expense. The Engineer was 
instructed to consult the County Court in regard thereto and report on the fol- 
lowing day. (The Engineer reported on the following day that he consulted with 
the County Court and ascertained that they went the state to furnish this en- 
gineer at state expense. After discussion, the Commission approved the request 
subject to the condition that it would not establish a precedent in such mat- 
ters and that it would not commit the Oommission in any way to the designation 
of this particular road as a state highway at any future time, it being the 
Commission's thought that it is now spending as much money in this particular 
district as the district is entitled to and that it would be inadvisable to in- 
cur additional obligations.) 


The Commission discussed the matter of entering into an agreement 
with the Oregon Mutual Life Insurance Company for furnishing group insurance 
covering state highway department employees. The Engineer questioned the ad~- 
visability of entering into euch an agreement because of the expense involved 
in euditing the accounts, which he did not believe was justified by savings 
that would accrue to the employees. The Commission indicated a desire to help 
the as much as possible if the cost of auditing is not excessive and 
provided it would not be necessary to carry accounts with too many insurance 
c . ‘The suggestion was made that the number of companies could be kept 
at a minimum if each were required to submit at least 50 applications for group 
insurance coverage as a condition precedent to the opening of an account. The 
suggestion was tentatively approved, provided the Commission decides to enter 
into agreements of this kind. The matter was discussed at considerable length 
but definite decision thereon was deferred until the August 31 meeting of the 
Commission. The Attorney was instructed to consult in the meantime with the 
State Insurance Commissioner as to the standing of the various companies which 
are seeking the privilege of writing such group insurance coverage. 


contemplated would be financed with P.W.A. funds. There follows a tabulation 
of such changes, et cetera: 


SUGGESTED PROGRAM CHANGES 


Add to 1939 Federal Aid Black Bridge $ 25,000 
Subtract from " ° . Troutdale-Dodson 25,000 


Add to 1940 Federal Aid Devils Fork Bridge 115,000 
as ® . Depoe Bay Bridge 


n 

75,000 
Subtract from "“ s ad Nehalem-Sunset Camp, oiling 90,000 
. = ® ° ” Troutdale-Dodson 40,000 
" sd ° sd ° Tllahe South 60,000 


*Corvallis Bridge 


Special maintenance projects 460,000 
Brothers-Harney County line, oiling 35,000 
Warm Springs Agency, oiling 45,000 
Warm Springs Bridge 25,000 
Silver Lake-Chalk Cliff, oiling 25,000 
Lakeview-Forest Boundary 110,000 
Dairy, line change 20,000 
Lost River, bridge and flume 55,000 
Baker-Gibbs Ranch, oiling 12,000 
Missouri Flat, oiling 10,000 
Dry Gulch, resurfacing and oiling 30,000 
Service Creek- » oiling 5,000 
Spray-Branson Creek, oiling 12,000 
Grant County Line-Patrol Station, 
surfacing and oiling 60,000 


Weston-Forest Boundary, oiling 


Proposed 194] Federal Aid switched from P,W.A. 


Corvallis, pavement $ 30,000 
West Portland-Cook Overcrossing 200,000 
Astoria, grading and paving 40,000 
Rainier, grading and paving 40,000 
Brookings, grading and paving 70,000 
Goose Rock Bridge 50,000 
Milton, paving 25,000 
Pilot Rock, line change 25,000 
Lombard-Killingsworth, paving 110,000 


(Continued on next page) 
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The Engineer discussed with the Commission the proposed location of 
the Pacific Highway East at the south city limits of Albany, plans for which 
involve the dividing of north-bound traffic and south-bound traffic by a park- 
way at the point where the new highway will enter the existing highway. He 
exhibited a blueprint map showing the layout and particularly pointed out that 
some special means of safeguarding traffic at this point must be provided be- 
cause of the flat angle at which the new highway will join the old one. The 
Commission approved in general the plan submitted but instructed the Engineer 
to give the matter further study with a view of improving it if possible. 


The Commission had under consideration the adoption of a procedure 
for the handling of vouchers for the payment of claims against the state high- 
way fund under the Oregon State Highway Code as adopted by the 1939 legisla- 
ture, which provides that the Commission need not sign each individual voucher 
unless it so desires, but may signify its approval of the payment of claims as 
a group if properly prepared and verified. The following procedure for the 
handling of such vouchers and voucher lists was approved by the unanimous vote 
of the Commission: When a group of vouchers is ready for approval by the Com- 
mission, a list of the same shall be prepared in duplicate as provided by law, 
and such list shall bear the signature of the Secretary to the Commission and 
the State Highway Engineer or Assistant State Highway Engineer as to the cor- 
rectness of each of the claims. This list shall be presented to the Chairman 
of the State Highway Commission, together with the original vouchers. When 
the said Chairman has satisfied himself as to the correctness of the claims, 
he will indicate his approval by signing the prepared list, which will then 
be forwarded to either one or both of the other Commissioners for further ap- 
proval, the vouchers being returned to the Salem office of the Commission for 
transmittal to the Secretary of State with the approved list of vouchers bear- 
ing the names of not less than two members of the Commission. 


In this connection it was decided that land-purchase vouchers shall 
be kept separate from other vouchers and that vouchers for amoupts not in ex- 
cess of $200 shall be kept separate from those in larger amounts. The Engi- 
neer was authorized and instructed to put such procedure into effect as quick- 
ly as possible. 


The Commission had under discussion the matter of attending the an- 
nual meeting of the American Association of State Highway Officials, which is 
to be held in Richmond, Virginia, October 9 to 13, 1939. The following men- 
bers of the Commission and staff were authorized to attend such meeting at 
state expense, provided same is approved by Governor Sprague: Heney F. Cabell, 
Chairman; E. B. Aldrich, Commissioner; Huron W. Clough, Commissioner; R. H. 
Baldock, State Highway Engineer; C. B. McCullough, Assistant State Highway En- 
gineer; and J. M. Devers, Attorney: 


The Commission considered and approved certain changes in the high- 
way construction program 4s suggested by the Engineer, such changes being nec- 
essary on account of failure of Congress to provide additional funds for P.W.A. 
projects. The Commission also approved the contracting of certain projects in 
the fall of 1939 and in the spring of 1940, and tentatively approved certain 
projects for the 1941 federal aid program, which projects it was originelly 
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(1938 Grade Separation Program continued) 


Pacific 


Pacific West 


Columbia R. 


The Dalles- 
Calif. 


The Dalles- 
Calif. 


The Dalles- 
Calif. 


SUMMARY 
Divisions Nos. 1 &2 $394,911 
Division No. 3 61,993 
Division No. 5 213,128 
$670,032 
Planning Survey $,825 
Total $678,857 


1939 GRADE SEPARATION PROGRAB 


Sou.Pac.& 
Ore 


Sou.Pac.& 
Ore.Elec. 


U. P. 


Ore. Trunk 
S.P.& G.N. 


Sou. Pac. 


c - Under Contract 


RE NSS INS 3 8 lta ea See 


DIVISIONS NOS. 1 & 2 


Albany Overcrossing 
(S.P. 80%, Ore.Elec. 20%) 


Canal change 
Grading ~ 
Railway Co. work 
Water Co. work 


Paving 
Sub-total $236,600 

Tigard Overcrossing 
(S.P. 25%, Ore.Elec. 75%) 
Troutdale Overcrossing $125,000 
Total, Divisions 1 & 2 $361,600 

DIVISION NO. 4 
Bend (Third Avenue) § 90,000 
Klamath Falls 
(S.P. 65%, G.N.35%) 120,000 
Lobert 
(s.P. 65%, G.N. 35%) 85,000 
Total, Division No. 4 $295,000 


1939 P.W.A. reserve $ 400,000 
1940 state projects 400 , 000 


1940 special maintenance 000 
$1,250,000 
> , 


Possible overestimate on income 
35,050,000 


Suggested contract procedure 
Contract $300,000 special maintenance by March 1940 


*Contract $45,000 September and November 
Contract remainder in spring 1940 


The Commission also considered and approved the following projects 
for the 1938, 1939, 1940, and 1941 railroad grade separation program, subject 
to the condition that such list also meets with the approval of the various 


railroad companies: 
1938 GRADE SEPARATION PROGRAM 
Allocation Revised 


Highway Railroad Project (Feb. 14, 1938) Estimate 


Pacific and Union Avenue 0'xing $ 72,996 
& s. (U.P.50%, S.P.& $.50%) 


Pacific West McMinnville Relocation 116,897 
Pacific West Whiteson Undercrossing 21,618 


Pacific Albany O'xing, Structure 
(S.P.80%, Ore.Elec. 20%) _183,400 


Total, Divisions 1&2 $394,911 
VI QO. 
Coos River Sec. Sou. Pac. Bunker Hill (Marshfield) $ 61,993 
Total, Division No. 3 $ 61,993 
DIVISION NO, 5 


Qld Ore.Trail JU. P. Ontario $213,128 


Total, Division No. 5 $213,128 
ec - Under contract 


(1940-1941 Grade Separation Program continued) 
DIVISION NO. 3 


Crossing Signals 
Planning Survey 


Total, Division No. 3 
DIVISION NO. 4 


Crossing Signals 
Planning Survey 


Total, Division No. 4 
DIVISION NO. 5 
Old Ore. Trail U. P. Nyssa 
Crossing signals 
Planning Survey 


Total, Division No. 5 


SUMMARY BY DIVISIONS 
Divisions Nos. 1 &2 
Division No. 3 
Division No. 4 
Division No. 5 

Total 

SUMMARY BY RALLROADS 
Southern Pacific 
Union Pacific 


Oregon Electric & United Railway 


Crossing Signals 
Planning Survey 


Total 


The Engineer requested authority to post the Necanicum 
on the Oregon Coast Highway at M.P. 28.18 for one-way traffic. 
that this is an 80-feot steel span with three 19-foot and one 17-foot timber 
approaches and that it is only 15 feet 4 inches wide between felloe guards, 


River Bridge 
He explained 


$229, 500 
334,000 


1,000 
60,000 
— 2.000 


$670,000 
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(1939 Grade Separation Program continued) 


Columbia R. 
Cascace Sec. 
Wolf Cr. 
Wolf Creek 


Divisicns Nos. 1 & 2 
Division No. 4 


Planning Survey 


Southern Pacific $699, 508 
Union Pacific (0.W.R.& N.Co.) 3745626 
S. P. &S. (Oregon Electric) 210,498 
Great Northern 
$1, 32 , 32 
17,6 


$1,344, 282 


Planning Survey 


BY DIVISI 


Divisions 1 & 2 $756,511 
Division No. 3 
Division No. 4 
Division No. 5 


Planning Survey 


1940-1941 GRADE SEPARATION PROGRAM 
DIVISIONS NOS. 1 & 2 


U. P. Troutdale Overcrvssing 
Sou.Pac. Clackamas 

Sou.Pac. Strassel 

Sou.Pac.& Davies 

United Ry. (S.P. 50%, U.R., 50%) 


Crossing Signals 
Pianning Survey 


Total, Divisions Nos. 1 & 2 


all Commissioners, the State Highway Engineer, the Attorney, and the Secretary 
present. 


The Commission by unanimous vote approved the minutes of the meet- 
ings held on May 17, 18, and 19, and on June 5 and 6, 1939. 


Mr. C. H. Gram, State Labor Commissioner, was present and conferred 
with the Commission in regard to certain violations of the labor provisions 
in connection with the Edwin C. Gerber contract, No. 2155, with the State of 
Oregon for the construction of a bituminous macadam surfacing on the Necanicun- 
Nehalem River Section of the Wolf Creek Highway, in Clatsop County. Ray Web- 
ber, Labor Relations Engineer for the State Highway Department, was also pres- 
ent and entered into the discussion of this matter. It appears that Mr. Ger- 
ber has been working his men overtime on this contract without proper compen- 
setion,as is required by law, and when he was apprached by the Labor Rela- 
tions Eogineer with respect thereto agreed to pay these men the extra amounts 
due them, and later forwarded to the Labor Relations Ingineer checks covering 
such amounts, with the request that they be delivered to the proper parties. 
After considerable discussion of this matter it was agreed by all that Mr. 
Gerber should pay his men direct, particularly in view of the fact that the 
State Highway Department has no way of definitely knowing whether or not the 
checks tendered are for the correct amounts. Mr. Gram stated that he expected 
to confer with Mr. Gerber on the following day in Astoria, in view of which it 
was arranged that Mr. Gerber's checks should be returned to Mr. Gerber at that 
time, in Mr. Gram's presence. The Labor Relations Engineer was instructed to 
deliver the checks to Mr. Gerber with an appropriate letter of transmittal. 


The advisability of permitting Mr. Gerber to bid on future highway 
construction work in view of the above-mentioned labor violations, and the fact 
that he has been dilatory in carrying out the provisions of previous contracts, 
was also discussed. The Commission decided unanimously to require Mr. Gerber 
hereafter to gubmit a new prequalification statement each time he requests 
plans and proposal forms to bid on state highway work. Whether or not Mr. Ger- 
ber will be permitted to submit a bid om such construction work will depend 
upon the action taken by the Commission on such statements. 


The Commission discussed briefly the matter of improving the Lake 
Creek Section of the Siuslaw Highway, in Lane County, 4s has previously been 
urged by numerous citizens of that county. An inspection of this project was 
made by the Commission on the previous day and as a result thereof the Comnis- 
sion instructed the Engineer to render a report at its meeting on August 31, 
1939, om the cost to construct an improvement that would be satisfactory al- 
though not up to primary highway standards, the Commission being unable finan- 
cially to undertake a standard improvement, which the Engineer estimated would 
cost in excess of $400,000. 


The Commission also discussed the Engineer's report on the cost to 
construct a new approach to the Oregon Coast Highway along an extension of Lin- 
coln Street, in Florence, as has been requested by the citizens of that town. 
This project was also inspected by the Commission on the previous day in com 
pany with members of the Florence City Council. The Engineer advised that the 
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was his thought, in view of the circumstances, that the bridge should be re- 


stricted to one-way traffic in the interests of safety. 


curred in the Engineer's viewpoint and thereupon, by unanimous vote, adopted 


the following resolution providing for one-way traffic on this bridge and au- 


thorizing the erection of appropriate signs at each end thereof: 


WHEREAS, the Necanicum River Bridge on the Oregon Coast 
Highway at Mile Post 28.18 south of Astoria is a bridge on the state 
highway system of the State of Oregon under the jurisdiction and con- 
trol of the Oregon State Highway Commission; and 


WHEREAS, the said structure has a clear width of only 15 
feet 4 inches between felloe guards, which restricted width pre- 
sents a hazard and danger to two-way traffic simultaneously occupy- 
ing said structure; and 


WHEREAS, it is deemed and is the judgment of the State 
Highway Commission, and the said Commission hereby finds, that it 
is and will be in the best interests of public safety and conven- 
ience to restrict traffic upon the said structure to one-way 
traffic; 


NOW, THEREFORE, the premises being in part as above stat- 
ed, it is hereby ordered that the said Necanicum River Bridge on the 
Oregon Coast Highway at Mile Post 28.18 south of Astoria be restrict- 
ed to one-way traffic, and it is further ordered that appropriate 
signs be constructed and maintained at each end of the said struc- 
ture giving warning and notice to the traveling public that only one- 
way traffic is permissible on and across the said structure. 


IT IS FURTHER ORDERED that these rules and regulations, 45 
made and found by the State Highway Commission under the provisions 
of Chapter 360 of the laws of Oregon for 1931, shall be in full 
force and effect until modified, annulled, or voided by order of the 
State Highway Commission. 


AND BE IT FURTHER ORDERED that a certified copy of this 
order be furnished to the County Clerk of Clatsop County and that 4 
certified copy of this order be furnished to the Superintendent of 
the Department of State Police for his information. 


The Commission adjourned at 10:45 o'clock p. m. until 9:00 


o'clock the following morning in the same room. 
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Salem, Oregon, August 18, 1939 


The State Highway Commission reconvened at 9:00 o'clock a. m. in the 
office of the State Highway Engineer, Room 325, 


State Office Building, with 


1939 


sents an extremely hazardous condition in view of the increased volume 
fic that passes over it since the opening of the Wolf Creek Highway. It 


The Commission con- 


road which extends from the Columbia River Highway to the Meryhill ferry. He 
advised that the road is 0.32 mile in length and estimated that it would cost 
about $1,000 to improve it to a condition satisfactory for state maintenance. 
The Commission approved the expenditure for next year's construction. 


The Commission discussed briefly matters pertaining to the audit re- 
port of the Secretary of State concerning the State Highway Department, cover- 
ing the period October 1, 1937, to December 31, 1938. 


In this connection the question arose as to the liability of the 
State Highway Engineer with respect to the handling of state highway funds, 
cularly with reference to the loss incurred by resson of the Moorman defal- 
cation. The Attorney was authorized to secure, if possible, an opinion from 
the Attorney General with respect thereto and report to the Commission at its 
next meeting on August 31. 


The Engineer reported on investigations that have been made of a 
state-owned gravel pit in Jackson County, in which Mr. Paul T. Erb, Woodburn, 
wishes to conduct mining operations. He advised that the pit in question is 
needed for future operations by the State Highway Department and recommended 
the denial of Mr. Erb's request and that the property be not sold. The Com- 
mission approved the recommendation by unanimous vote. 


In this connection a letter was presented from Contractors R. I. Stu- 
art & Sons giving reasons why they believe that they should not be required to 
pay to the state the value of’ gold recovered by them in a state gravel pit 
which they used in connection with the performance of their state highway con- 
tract No. 2129 for the construction of the Powers Ranch-Jacksonville Section 
of the Williams and Medford-Provolt Secondary Highways, in Jackson and Jose- 
phine Counties. The Commission discussed this matter at considerable length 
but deferred its decision in regard thereto until its next meeting. 


The Commission discussed the matter of providing additional parking 
space for automobiles adjacent to the Oregon Coast Highway at Depoe Bay. This 
matter was referred to the Right of Way Department to negotiate for such area, 
it being understood that if a suitable tract is purchased the cost thereof 
shall be charged against the state parks budget. 


A letter was presented frow W. H. Lynch, District Engineer, Public 
Roads Administration, in which complaint was made of the condition of the Ocho- 
co Highway between Jones Mill and the forest boundary, and suggesting the plac- 
ing of additional rock on this section in order to make it adequate as an all- 
weather road until such time as the Commission is able to finance the recon- 
struction of the same. The Engineer advised that during the greater part of 
the year the road is kept in excellent condition for travel but for about one 
month during the wet season it is somewhat slippery. He estimated that to 
construct a temporary surfacing on this section, which is 20 miles in length, 
would cost between $20,000 and $30,000, and questioned the justification of 
such expenditure. The Commission decided unanimously not to make this im- 
provement in view of the high cost and the scarcity of funds with which to fi- 
nance it. 


project would cost about $5,300, toward which expense the city has offered to 
contribute the sum of $1,000. After considerable discussion the Commission de- 
cided not to cooperate in this improvement for the following reasons: first, 
there now exist several other connections with the Oregon Coast Righway in 
Florence, and the Commission considers that the construction of the new ap- 
proach is entirely a city concern; second, the Commission has no legal author- 
ity to expend state highway funds in the construction of such approach; third, 
if the state should build this approach it would establish an undesirable prec~ 
edent which probably would embarrass the Commission in the disposal of similar 
requests in the future and would involve the Commission in enormous expendi- 
tures that it can ill afford. The Engineer was instructed to convey such in- 
formation to the Florence City Council. 


The Commission had under discussion the matter of requiring poles 
that are erected on state highway rights of way to be painted a color that 
will blend with the background and will render the poles less visible from 
the highway. The Engineer advised that investigation reveals that poles 
treated with creosote are much less visible from the highway than unpeinted 
poles and would be less objectionable from the aesthetic standpoint. He rec- 
ommended that hereafter pole line companies be required to either treat the 
poles with creosote before erection or paint them with creosote after they 
have been installed. He suggested that perhaps the painting of the poles aft- 
er installation would be preferuble because of objections offered by the com- 
pany linemen who allege that raw creosote exudes from the poles, particularly 
in hot weather, if the poles are given the creosote pressure treatment, which 
makes it difficult for them to climb the poles and perform their necessary du- 
ties. Chairman Cabell suggested that a pole painted forest green would be 
less visible in certain localities where there is 4 background of green fo- 
liage. After considerable discussion the Commission ordered that hereafter a 
clause be inserted in all permits for pole line construction upon state high- 
way rights of way providing for the painting of poles with creosote where the 
poles are installed in wooded districts and where bare tree trunks form the 
main background. In cases where green foliage forms the background the poles 
are to be painted a forest green to harmonize and blend with such background. 
In the event that the poles are erected in open country, no treatment of poles 
shall be required. 


The Commission had under consideration the modifying of its require- 
ments with respect to the span lengths of pole lines that are built over and 
across state highways. It was pointed out that such spans are now limited to 
130 feet except in unusual cases which may be approved by the Commission. The 
Engineer gave as his thought that the fixing of the limit as to span length 
is not necessary if the pole line companies will install poles and fixtures 
heavy enough to safely carry longer spans, and will provide the proper clear- 
ance over the highway. He recommended, therefore, that the present limit of 
130-foot spans be eliminated and that each application for pole line crossings 
be referred to the Bridge Department for an analysis of the stresses involved 
and recommendations as to the size of the wire and spacing of poles. The Com- 
mission approved the recommendation unanimously. 


The Engineer reported on the cost to recondition and oil the county 
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be changed in any way or his rights in any way modified or altered. The Com- 
mission discussed this matter at considerable length and decided to pay time 
and one-half for all time worked by employees of the State Highway Depart- 
ment in excess of 8 hours per day, provided that only the low-salaried em- 
ployees shall receive the benefits of such overtime payments. The Engineer 
was instructed to prepare a list of employees in this category. 


The Commission had under discussion the matter of paying the claims 
of the Earl Littrell Supply Company, Marshfield, in the amount of $17.70, and 
Buxton's Central Planing Mill, Corvallis, in the amount of $7.50, which claims 
represent transactions which took place more than two years ago and in connec- 
tion with which the question arises whether or not the Secretary of State 
would honor the claims inasmuch as the statute of limitations applying to the 
payment of claims against the state has expired. It was the Attorney's con- 
tention that these claims can be paid if the date upon which they were audited, 
approved, and allowed by the Commission is within the past two years. In view 
of the Attorney's opinion the Commission referred the claims to him with in- 
structions to discuss them with the Secretary of State and endeavor to secure 
his approval for payment, if possible, so that it would aot be necessary to 
hold them over for action by the 1941 Legislature. 


The Engineer reported that in connection with the Klamath Falls un- 
dercrossing project approximately 5,250 linear feet of foundation piling cut- 
offs have been salvaged. He advised that these stubs are of no value except 
for fuel and that he has received two bids for the purchase of the same, one 
being that of H. G. Wallace at $0.01 per foot, and the other that of Ralph F. 
Neubert at $0.0038 per foot; further, that he has accepted the offer of Mr. 
Wallace. The Commission by unanimous vote approved the sale of this material 
to Mr. Wallace as reported. 


A letter was presented from the Honorable Walter E. Pearson, State 
Treasurer, with respect to the continuation of the work heretofore performed 
‘by Mr. Lewis P. Crosby in connection with the collection of fines for traffic 
violations. Mr. Pearson advised that Mr. Crosby has presented his resignation 
effective August 1, 1939, and that iis place will not be filled unless the 
State Highway Commission considers that the work that he has been doing is of 
sufficient importance to justify the employment of another man. The Attorney 
advised that, es previously instructed by the Commission, he is now preparing 
a standard form for the reporting of fines collected by the Justices of the 
Peace, and with such forms he believes that the carrying on of investigations 
could be satisfactorily handled by assistants in his office. The Commission 
approved the handling of this matter in such manner as a trial proposition and 
ordered that the State Treasurer be so informed. 


A letter was presented from the Honorable Joseph K. Carson, Jr., 
Mayor of the City of Portland, advising that the Oregon Trail Memorial Associa- 
tion, Inc., is to hold its annual meeting in Sacramento, California, on August 
27, 28, and 29, 1939, and in connection therewith will conduct a caravan over 
the Pony Express Trail from Salt Lake City to Sacramento; also, that the As- 
sociation is desirous of having the State of Oregon well represented at this 
meeting and in the caravan, and suggesting that it might be possible for the 
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The Engineer reported on the cost to construct an oiled walk along 
- the Pacific Highwey from the north city limits of Roseburg a distance of 0.4 
mile to the Garden Valley Road. A decision in this matter was deferred by the 
Commission pending report of a pedestrian traffic count. The Engineer was 
instructed to report thereon at the next meeting. 


The Secretary presented a letter from the County Court of Wheeler 
County urging improvement of the county road which extends from the John Day 
Highway to Kinzua, in Wheeler County. After discussion, the Commission by 
unanimous vote approved this improvement in the 1940 federal aid secondary 
highway program, substituting the game for the grading and topping of the 
Shaniko-Fossil State Secondary Highway project, in Wheeler County, for which 
an amount of $15,000 was originally budgeted. 


The Commission considered and ordered filed a resolution from the 
County Court of Klamath County urging the improvement of the Cascade Lakes 
Forest Highway between the Willamette Highway junction and Crescent Lake. 


The Commission considered and upon recommendation of the Engineer 
approved the installation of flashing-type traffic beacons at the following 
locations: 


One beacon at the intersection of the Tualatin Valley Highway 
with Cedar Street in the town of Beaverton. 


Two flashing beacons over the Pacific Highway East in the tom 
of Canby, one at A Street and the other at E Street, estimated cost 
$500. 


One flashing beacon at the intersection of the Pacific Highway 
East with the Fairgrounds Road in Salen. 


The Commission denied the request of the City of Harrisburg for the 
installation of a flashing beacon at the intersection of the Pacific Highway 
East with Smith Street in that tow. 


The Commission had under discussion the adoption of a policy with 
respect to paying state highway department employees who are required to work © 
more than 8 hours per day. The Attorney advised that, under the new law en- 
acted by the 1939 Legislature, employees paid on a monthly rate and serving 
in the cabacity of civil engineer, inspector, supervisor, superintendent, 
checker, foreman, watchman, or timekeeper, cannot, if required to work more 
than 8 hours a day, ask the State Highway Department to pay them overtime, and 
are denied the right to claim or ask overtime, However, the question of 
whether or not the Highway Commission pays men so employed and so classified 
for overtime is a matter of contract between the Stete Highway Commission and 
the employees. Further, that it is entirely a matter of agreement and con- 
tract between the Commission and the employees as to whether or not the Commis- 
sion pays for overtime work and what the wage per hour for such overtime shall 
be; and should such an agreement be made the Commission would lose none of the 
protection which it has under the statute, nor would the employee's position 
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state highway workers who were painting the bridge at that time. The Commis- 


gion approved the payment of the claim 


t 
cautions be taken to the end that there be no repetition of the occurrence. 


The Commission considered and approved the State Highway Engineer's 
letter of August 8, 1939, directed to W. H. Lynch, District Mmgineer, Public 
Roads Administration, Portland, outlining the plan agreed upon at a conference 
in Mr. Lynch's office with respect to the construction of the Bend-Elk Lake 
Section of the Cascade Lakes Forest Highway, in Deschutes County, which plan 

for the following standards of construction: maximum 10° curves; 20- 
foot roadbed exclusive of ditches;ditches not to exceed 3 feet in width where 


3 application of 1,000 cu. yds. 


required 
in width, giving a compacted thickness of approximately 4 inches; application 
of a dust palliative oil 12 feet in width, to be followed within 2 years by an 


oil treatment similar to the 0-36 speci 
partment. 


The Commission adjourned at 1:00 o'clock p. m. and reconvened at 
1:30 o'clock p. m. in the same room, all members being present and participat- 
ing. Also present were the State Highway Engineer, the Attorney, and the Sec- 


retary. 


The State Parks Superintendent, Mr. S. H. Boardman, was present and 
reported on the following atate park projects: 


Addition to Pratt Park adjacent to the Oregon Coast Highway at 


Lincoln-Lane County line; and proposed 
ty:- The Parks Superintendent advised 


land at this location, which he will sell to the state for the sum of $3,000. 
He recommended purchase of this area or another one containing 327 acres, of 
equal importance from the state parks standpoint, located adjacent to the Ore- 


gon Coast Highway about 14 miles south 


there being insufficient funds available in this year's budget to finance both 
of them. It was his thought that the latter area, which is owned by Mildred 
K. Calvin, could be purchased for about $4,000, and indicated a preference for 
this one because a portion of it will be needed as right of way for 4 proposed 
revision of the highway at this location. The Commission deferred its de- 
cision with respect to both parks wmtil it is known definitely how much the 
owner wants for the Curry County property. The Attorney was authorized and 


instructed to secure an option for the 


Acquisition of privately-owned park at Caecadia:- The Parks Super- 


intendent inquired as to the wishes of 


spection of Cascadia Park, which the people of Linn County are particularly 
desirous of having included in the state parks system. The Commission decid- 
ed to inspect the property a5 soon 45 possible after the meeting scheduled 


for September 1, 1939. 


Name for Umpqua Lighthouse State Park, in Douglas County:~ The 
Parks Superintendent reported a request from County Judge Morris C. Bowker, 
of Douglas County, that the Umpqua Lighthouse Park be named in honor of the 
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by unanimous vote and ordered that pre- 


run-of~bank gravel per mile, 16 feet 


fication used by the State Highway De- 


park near Hunters Creek, in Curry Coun- 
that a Mr. Dickinson owns 170 acres of 


of Hunters Creek, in Curry County, 


purchase of the Curry County tract. 


the Commission with respect to the in- 
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State Highway De t to furnish a car with official representatives, which 
would be of considerable value in publicizing the State of Oregon. The Commis- 
sion called into conference Mr. Harold B. Say, Director of the Travel and In- 
formation Department, who advised that in his estimation the State of Oregon 
could receive more benefits by the expenditure of its funds in other ways at 
this time of the year. In view thereof the Commission decided unanimously not 
to be represented either at the meeting or in the caravan. 


The Commission discussed briefly but deferred action on the matter 
of increasing the membership of the Advisory Board on Publicity Matters. 


The Commission also discussed briefly the appointment of a special 
committee to study Oregon conditions tending to affect tourist travel, and de- 
cided definitely not to appoint such committee. 


The Commission considered and took under advisement requests from 
the County Courts of Umatilla and Morrow Counties for the designation as 4 
state secondary highway of the county road which extends southeasterly from 
the Lexington-Echo Secondary State Highway, up Butter Creek to a place known 
as Pine City, a distance of about 3 miles. 


The Commission considered and ordered filed letters as follows: 


Letter from W. L. Finley in opposition to the construction of 
proposed dams on the Upper Willamette River and its tributaries in 
connection with the Willamette Valley Flood Control Project. 


Letter from L. M. Lepper, Portland, requesting 4 survey of a 
posed road extending westerly from Wamic to a connection with 
the Wapinitia Highway at Bear Paw Quarry, in Wasco County. 


Letter from H. L. Stokes, Nome, Alaska, recommending construc- 
tion of the old military road as a highway to provide the shortest 
distance between Astoria and Portland. 


The Commission discussed a letter from Mrs. Frances Goldson, Crow 
Stage, Eugene, Oregon, urging the oiling of the Territorial Secondary State 
Highway, Lane County, between Veneta and Crow so ag to allay the dust. First- 
hand information in regard to this road was secured by the Commission on the 
previous day when the Commission inspected the road in person. The Engineer 
at that time was instructed to render a report to the Commission at its next 
meeting on the cost to oil certain portions of this road. ‘ 


The Commission discussed and ordered filed a clipping from the Ore- 
gon City Banner-Courier of August 8, 1939, with respect to the construction 
of the Oregon City project. 


Consideration was given by the Commission to a claim presented by 
Mr. John A. Laing, Portland, in the amount of $10, for the cleaning of his 
automobile which he alleges was spattered with paint while crossing one of 
the Coast Highway bridges on August 1, 1939, because of the carelessness of 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 
7042-Oregon American Lumber 
Company Park 224.1 $5 per 4. Parker 


7230-Hoffart, Jacob J. Maintenance pts.Lots l-yr.lease at $12 mo. 


Building 1-2,Blk 16 stiffler 
- ¢ ver wa 
7155-Columbia County i 0.62 Gretis McChesney 
7153-Johnson, Anton G. " 0.26 $200 per a. + $48 " 
7156-Harms, Eva M. " 0.10 $200 per a. 
7154-Johnson, David H. . 0.29 $200 per a. + $42 bd 
7168-U.S.Nat'l Corporation " 0.91 $200 per a. + moving 
fence ba 
157-Tarbell, A. H. " 0.53 $200 per a. + $50 " 
- ¢ bia r 
1918-Leader, E. W. W 0.25 $200 Lump Sum DeSouza 
6875-Spence, Wm. C. Maintenance 
headquarters © 2.5 $400 per a. Parker 
Tigard Section —Pacific iiahway Nest 
7001-Williams, Frona K. 0.56 $1600 per a.+ $5604 Collins 
6977-Johnson, Emil A. n 632 sq.ft. 23¢ sq.ft. " 
69784-Johnson, Emil A. Easement for 
foot path 163 sq.ft. Gratis " 
6982-Johnson, Emil A. R/W 1.18 $1000 per a.+ moving 
bldg. (Est.$1200) " 
6978-Johnson, Emil A. " 1.39 $1000 per a. + $950, 


+ moving bldg. (Est,at 
$6000), including grev- 
eling yard & runways 

6980-Johnson, Emil A. " 10,000 sq.ft. 2hé sq.ft. + $3763 " 


= ik 
oe TO Social Club Rental Agreement - For rental of building for 


holding school during period of 
moving and re-establishing school 
buildings. DeSouza 
Rent Sept. 1939 $50 per mo. 

Rent Oct. 1939 $50 per mo. 

Rent Nov. and after at $100 per 
mo. State to reimburse for any 
increase in insurance rates. 


Salen-Priggle Creek Section - vecitas Highway Fest 
6059-Green, C. L. MW 3026 aq.ft. 3¢ sq.ft. + $109.22 


McCallister 


AUG 18 1939 


late George K. Quine, who was formerly County Judge of Douglas County. It was 
of the Commission that state parks should retain the names that 
originally and commonly known by and that if some particular person 
honored, that could be taken care of by the erection of a monument 
ountain in the park as a memorial to such person. The Parks Superin- 
t was instructed to discuss the matter with Judge Bowker from that stand- 


The Fngineer reported several requests for the oiling of three short 
sections of the Albany-Lyons Secondary Highway, in Linn County, particularly 
a section east from Crabtree, a section east of Scio, and a section in the 
town of Lyons. He estimatcd that for about $3,000 a dust palliative could be 
applied to these sections, which would allay the dust and probably would be 
satisfactory until sufficient funds become available to construct a standard 

t over the unoiied sections. He recommended approval of such ex- 
penditure for this year's construction. The Commission approved the recom~ 
mendation unanimously. 


The ae 2 sted euthority to purchase certain parcels of real 
property that are ne or various highway improvements throughout the 
state. He submitted a list of such properties, together with prices that he 
recommended be paid for each. Afte: careful consideration the Commission ap- 
proved the request and by unanimous vote adopted the following resolution in 
regard thereto: 


WHEREAS, in connection with the further improvement of the 
highways hereinafter designated, 4t is and has been necessary to ac- 
quire property for right of way, quarry sites, gravel, or other ma- 
terial sites, or sites for the storage of materials, as hereinafter 
more definitely set forth; and 


WHEREAS, as a result of negotiations carried on with the 
owners of the property required, options have been obtained, which 
options have been considered by the Commission, outlining the bases 
of settlement which have been agreed upon; and 


WHEREAS, it is the judgment of the Commission that the 
said options should be approved and accepted, and/or the said re- 
ports be declared acceptable to the State Highway Commission as 
bases of settlement for the properties involved, and that the ac- 
quisition of the properties should be completed: 


NOW, THEREFORE, BE IT RESOLVED that the several offers, 
or bases of settlement hereinafter enumerated be, and the same here- 
by are, approved and accepted, and that the Attorney for the State 
Highway Commission be, and he hereby is instructed to complete the 
acquisition of the said properties and to take title thereto in the 
name of the State of Oregon. The said properties hereby ordered and 
authorized to be acquired are as follows: 


Section, Hwy., and Omer Purpose Acres Approximate Amounts Agent 


6754-Smythe Bros., Inc. Stock Pile 4.53 $3.50 per a.+ fencing Parker 


Quarry Site 
6039-Arlington, Port of R/W 1.47 Gratis - $1.00 " 
6041-Smythe Bros., Inc. " 32.49 $3.50 per a.t+ fencing 


Est. $1464.75) : 
6708-Smythe Bros., Inc. Gravel Pit 2.80 $3.50 per a.t fencing 


(Est. $76.25) " 
6707-Ericksen, Fred J. R/W 3.77 $3.50 per aa fencing 
(Est. $525) . 


” $125 per a. + $48.75 Parker 
0.26 $125 per a. + $21.25 


7129-Rogers, L. L. ’ 
7130-Crothers, W. F. " 0.20 $125 per a. + $42.50 
" 


31-Coffey, Albert N. 1.27 $125 per a. + $61.25 
5911-Schatz, Anna ® 2.95 $135 per a. + $153 
7195-Kirkpatrick, R. F. Gravel Pit 

and Road 2.40 3-yr. Lease - Gratis Wells 


“Stock Pile 1.42 Williams 


East John Day Section - John Day Highway 
7138-Stratton, Lucinda Slide Damages $75 Lump Sum Wells 


~ 1.0 
6904A-Dowell, Robert Gravel Pit 5.7% $25 per a. + $87 Wells 
6904-Dowell, Robert R/W 20.69 8.4 a. at $100 per a. 
12.29 a. at $6 per a. 
plus $1105.51 " 
6914-Seott, Fred " 3.70 $10 per a. + $95.25 n 
6197-State Land Board n 18.24 $5 per a. McCallister 


‘ion -— Ocho Hi gh 
Gravel Pit 5.04 5.0 a. Lump Sum $250 Parker 
Haul Road 0.4 a.at $50 per a.+ $5 


Buchanan-Nigger Fie ection — Lentra 3-48) ghway 

6495-Chanbers, Ralph Gravel Pit 40.0 $5 per a. Parker 
149-Chambers, Ralph R/W 6.80 $5 per a. + $58 n 
714,8-Chambers, Ralph " 4.57 $5 per a. + $373 , 


4739-Rushing, Johnie Gertrude 1g _ 0.08 $25 Lump Sum Parker 


1 The Attorney brought up for discussion the matter of acquiring 
right of way that is needed for the revision of the Pacific Highway at the 
summit of the Siskiyou Mountains, in Jackson County, on which property there 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


= way We 
7123-Whitman, James N. 0.06 $25 Lump Sum Benson 
T122-Chaffee, Urban and " 0.52 $150 per a. + $297.50 n 
Morris, C. D. 
7105-Robertson, Roy " 0.10 $150 per a. " 
7114-Stringer, Perry P. a 0.138 $70 Lump Sum plus mov- 
ing sign . 
7112-Billick, Edmund " 3000 sq.ft. lf sq.ft. " 
7120-Ward, R. A. « 0,18 $150 per a. + $240 " 
7115—Dundee Cooperative Fruit 
Growers Association * 5210 sq.ft. $50 Lump Sum + moving 
bldg. (Est. $150) " 
7107-Steiner, Stephen " 6000 sq.ft. If sq.ft. + 9465.50 " 
TODA Edmund ” 6000 sq.ft. If sq.ft. + $560 9 
24-Wirfs, francis E. " 0.27 $750 Lump Sum " 
7121-Pratt, Jennie E. bd 0.15 $50 Lump Sum * 


as 
piiepy fest Lee A. Ti 46 sq.ft. 10¢ sq.ft. + $2582.40 Gardiner 


585l1\-Bahrke, E. D. " 213 sq.ft. Exchange of 322 sq.ft. 
by State Hwy. Comm. n 
6386-Wright, Etta . 5093 sq.ft. 0.015 per sq.ft. " 
§722-Weinrick, Wilma A. * 132 sq.ft. Gratis ss 
" 


5831-Holn, Emil Slope Easement 159 sq.ft. Gratis 


Devitt-Blodgett Section - Bacrej1e-Blodae tt Highway 

7195-Whitby, Harold R. W 0.93 Gratis Eason 
-~- ra 

7180-Vicars, Alexander 1) 1.26 $20 per a. 


McCallister 
7178-Coggins, Arthur L. " 8.07 $20 per a. " 
7181-Engle, Fred S. and 
Poley, W.M., Trustee " 26.93 $10 per. a. " 
(10/19 interest) 
7181-First Securities Co. " 26.93 $10 per a. n 
(9/19 interest) 
Provolt-Miliiane Section —Wiltians Hesse 
8,,9-Platinum Gold Corporation McCallister 
(Correction) R/W 1.72 Land Gratis + $42.75 
6839-School District #8 " 0.08 Land Gratis + $30 + mov- 
(Correction) ing bldgs. (Est. $425) 
Gardiner 
~ Pacif i wa. 
6760-Rauch, R. W 919 sqft. 5¢ sq.ft. + $54.05 Benson 
State Farm-Adams Section - Oregon-Washington Highway 
7i97-Moore, Maude S. and Gravel Pit 3.7L. 3-yT- Lease, $50 Lump 


Sum, plus $1 


Lucas, Geo. (Indian) 
: 3-yr Lease, $25, + $1 7 


7197A-Atilapuni Sstate Hauling Road 0.91 
(Indian) 
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1. That the State Highway Commission does hereby find 
and declare that it is necessary, will be of advantage to the State 
of Oregon, and is needful that the State acquire for right of way 
purpeses for use in connection with the permanent location, con- 
struction, improvement, and maintenance of the following section or 
sections of the state highway system of the State of Oregon, to wit: 


Newberg-McMinnville Section of the Pacific Highway West 
Tigard Section of the Pacific Highway West 


real property owned by or in possession of the following parties 
and/or persons, to wit: 


Newberg-McMinnville Section of the Pacific Highway West 
7108Bertha W. Shannahan 
113-William H. Cutting 
17-Seth Clarkson and Ethel Maud Clarkson 
7118-Roy L. Campbell 
7119~Ziba Chamberlain and Evelyn Chamberlain 
125-Jesse Glen White and Caroline Ellen White 


Tigard Section of the Pacific Highway West 
694,5-Russell Raun-MacCormac Snow 


and this Commission does hereby declare further that the said prop- 
erty or properties are necessary, are needful, and the acquisition 
thereof will be of advantage to the State of Oregon for right of 
way purposes in order to make it possible for the State Highway Com- 
mission to properly locate, relocate, construct, reconstruct, and 
maintain said portion or portions of the said state highway system 
in accordance with standards adopted by this Commission relative to 
curvature, grades, alignment, drainage, and factors of safety. 


2, That the State Highway Engineer be and he hereby is 
instructed and directed to properly survey the parcel or parcels of 
land required for such right of way purposes and prepare proper and 
adequate descriptions thereof, which descriptions shall be employed 
in the preparation of a deed or deeds or other instrument or instru- 
ments necessary to complete the acquisition of the said property or 

or which descriptions may be used in the areparation of 
a complaint in the event that condermation proceedings are necessary. 


3. That the boundaries of the said parcel or parcels of 
land, as defined and determined by the said survey made by the said 
Engineer, along the route or location adopted by the Highway 
Commission, shall be and the same hereby are adopted and the lands 
defined therein are hereby declared to be and the same are included 
within the rights of way of the said portion or portions of the said 
state highway system and hereby are declared to be necessary for the 
proper location, improvement, construction, and maintenance of the 
said portion or portions of the state highwey system. 
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is now being maintain 
nities Corporation, Ltd., 


rental rate of $112. 


ings and structures on the property, ow 
that the beacon and buildings are direc 
will have to be purchased or moved. 

erty under lease from the owner, whi 
15, 1940, and that the company is demandin, 


to cover its losses, 


discussed by the Commission at cons 
The Attorney was instructed to brin 


ed a Richfield Oil Company beacon owned by Highway Commur 
and leased to the Richfield Oil Company at @ monthly 
There are also a service station and several other build- 
ed by Mr. W. B. Norris. It appears 

tly on the proposed highway line and 
Further, that the beacon is on the prop- 
ch said lease does not expire until July 

g the amount of $2,423 from the state 
including the cancellation of its lease. This matter was 
iderable length but no decision was reached. 
g the matter to the attention of the Commis- 


sion again at its next meeting. 


The Attorney requested authority 
ight of way that is needed for the Newber 
f the Pacific Highway West across the property of the 


ings to acquire r 
Tigard Sections o 
ing owners: 


to institute condemation proceed- 
g-McMinnville and 
follow- 


NEWBERG-McMTNNVILL® SECTION 


Transaction No. Cwner Atto 's Owner's Demand 
7108 Bertha W. Shannahan $200 Refused to state 
7113 Wm. H. Cutting 110 " - * 
7117 Seth Clarkson and 5 $ 350 

Ethel Maud Clarkson 
7118 Roy L. Campbell 410 2,500 
7119 Ziba Chamberlain and 250 2,000 
Evelyn Chamberlain 
7125 Jesse Glen White and No contact 
Caroline Ellen White 
TI SECTION 
6945 Russel Raun-MacCormac Snow Condemnation to 


The Commission appr 


clear title 


oved the request and by manimous vote adopted 


the following resolution with respect thereto: 


WHEREAS , 


and directed to 


struct,improve and maintain a 
of Oregon, including both orimary 
acquire rights of way necessary therefor, 


ty and need for 
gained thereby; 


NOW, 
Highwey Commiss 


the State Highway Commission is by law authorized 
locate, relocate, designate, construct, recen= 
system of state highways in the State 
and secondary state highways, to 

and to declare the necessi- 
and the advantages to be 


lay out, 


the acquisition thereof, 


THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the State 
ion as follows: 
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advertising for bids to be received at its meeting on August 31 for the remov- 
al of the school building to a new location. The Commission decided to take 
no action on this matter until the bids for the moving of the school building 
have been received and studied. 


The Attorney reported emergency sales of residence buildings on the 
the Bunker Hill slide, Marshfield, as follows: 


Transaction No.7093 - P. J. Pruitt property Amount paid $40 
* " 7094 - Robert McGee property e * 10 
: " ‘7100 - Ira and Doshia Sturdivant " * 17 
° " 101 - Orville R. Watkins property ” e 16 


In view of the emergency and necessity of immediate disposition on account of 
slide conditions, the Commission ratified the sales by unanimous vote. 


The Attorney reported on the matter of acquiring right of way 80 
feet wide across the John 0. Albertson property on the Skipanon-Seaside Sec- 
tion of the Oregon Coast Highway, at Camp Clatsop. He gave as his opinion 
that the damages to the property were not sufficient to justify the expense 
involved in moving back the buildings and suggested that the right of way 
width to be acquird be reduced from 40 feet to 30 feet on that side of the 
highway. The matter was referred to the Engineer for report as to the desira- 
bility of acquiring only a 30-foot width. 


The Attorney reported on investigations relative to the sale of an 
abandoned state-owned gravel pit situate neer the Pacific Highway about 2 
miles south of Junction City. He said that as previously instructed by the 
Commission he has contacted numerous state departments and the County Court 
of Lane County and ascertained that none of them have any use for this prop- 
erty. In view of this report the Commission authorized the sale of the prop- 
erty to anyone desiring it, provided a reasonable offer is secured. 


The Engineer presented 4 list of surveys that he has ordered since 
the last meeting of the Commission and asked the Commission to confirn them 
and the amounts authorized for each. After due consideration, motion was made 
by Commissioner Aldrich that the State Highway Engineer be authorized and in- 
structed to make such surveys on various sections of highways of this state, 
which said sections of highways and the amounte authorized for survey expendi- 
tures are as follows: 


Reconn.- - - 5-2819 - Rainier-Goble Section, Columbia River Highway, Columbie 
County. lst authorization - $950.00 

-Plans - - -— 5~-2820 - Scappoose-Multnomah County Line, Columbia River Highway, 
Columbia County. lst authorization - $2,000.00 


Stock Pile - 6-2818 - Reedsport Rock Production, Oregon Coast Highway, Coos Co. 
lst authorization - $200.00 


Stock Pile - 6-2819 - North Bend Rock Production, Oregon Coast and Cape Arago 
Secondary Highway. lst authorization - $100.00 


G18 19.39 
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4. That I. H. Van Winkle, Attorney General of the State 
of Oregon, and J. M. Devers, Assistant Attorney General and Attorney 
for the State Highway Commission, be and they are hereby requested, 
authorized, and directed to attempt to agree with the ower or ow- 
ers and/or with the tenants or persons in possession, if there be 
any, of said parcel or parcels of land with respect to the compensa- 
tion to be paid for the taking of the same and the damage, if there 
be any, and in the event that no satisfactory agreement or agreements 
can be reached, then it is hereby further resolved that the Attorney 
General of the State of Oregon and J. M. Devers, Assistant Attorney 
General and Attorney for the State Highway Commission, be and they 
hereby are requested to commence and prosecute to @ final determi- 
nation such suit or action or suits or actions, as may be necessary 
and appropriate to acquire title to the said premises and all rights 
therein for the purposes herein stated. 


5, That this resolution be entered in full in the minutes 
and records of this Commission. 


The Commission had under discussion the leasing of 4 gravel pit and 
a hauling road on Indian lands in Umatilla County for use in connection with 
the construction of the State Farm-Adams Section of the Oregon-Washington High- 
way, in Umatilla County. The Attorney explained that the gravel pit contains 
3.71 acres and can be leased for a 3-year period beginning July 1, 1939, for 
a consideration of $50; also that the hauling road, which is to be 30 feet wide 
and contains 0.91 acre of land, can be leased for a 3-year period beginning 
July 1, 1939, for a consideration of $25. The Commission by unanimous vote 
approved the lease of such properties and authorized the Engineer to execute 
the lease forms as the Commission's agent. 


The Attorney requested instructions relative to the acquisition of 
the property included in the wye connection of the Lakeview-Burns Highway and 
the Central Oregon Highway, in Harney County. He advised that the tract con- 
tains 1.02 acres of land and that it is owned by Mr. C. A. Summers, Port An- 
geles, Washington, who demands 4 price of $500 for the same. It was his 
thought that the Commission might want to acquire the tract so as to eliminate 
any possibility of its being commercialized. The Commission decided that 
there is no justification in acquiring the tract at this time and accordingly 
deferred further consideration of the matter until such time as conditions 


render purchase advisable. 


up for discussion matters pertaining to the 
moving of the school building in the town of Manning, Washington County, ne- 
cessitated by reason of the construction <-* the Wolf Creek Highway at this 
place. He pointed out that the Commission earlier in the session approved an 
arrangement with the Manning Social Club for the use of its rooms, temporarily, 
as a school until the Manning schoolhouse has been rehabilitated, but there 


still exists a question of a new site for the school building and whether or 


not the building should be moved to an entirely new site or to another loca- 


tion on the present school grounds. He pointed out that the Commission is now 


The Attorney brought 
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WHEREAS, the State Highway Commission heretofore has au- 
thorized and instructed the State Highway Engineer to make a survey 
om a certain section or portion of the highways of the State of Ore- 
gon; and 


WHEREAS, pursuant to said authorization the State Highway 
Engineer has made and completed the said survey and has filed the 
map and plans of the said survey in the files of the State Highway 
Commission, in Salem, Oregon; and 


WHEREAS, the map and plans of the said survey have been 
examined by the State Highway Commission and have been found suit- 
able in all respects for approval and adoption by the State Highway 
Commission ; 


NOW, THEREFORE, BE IT RESOLVED that the survey hereinafter 
designated and described, together with its identifying location map 
file number, as shown in the map filing records of the State Highway 
Commission in its Salem office, be and it is hereby adopted and ap- 
a ee the location survey of the portion or section of highway 

volved: 


File No. Prefix County Type of Survey Section Highwey 
5B 23-3 & 1-2812 Baker Location © Flagstaff Hill- Beker-Homestead 
5B 23-4 Middle Bridge 


BE IT FURTHER RESOLVED that the State Highway Engineer be 
and he hereby is authorized to make such minor changes in the said 
location as may improve the standards of alignment and grade not in- 
consistent with the general location of the section of highway in- 
volved. 


Consideration was given by the Commission to the following requests 
for extensions of time within which to complete certain highway construction 
projects: 


L. H. Hoffman, Contract No. 1986, for the construction of a 
Creek Highway near Elsie, in 
on of time from May 31, 1938, 
to July 1, 1939, wi He gave 
the following reasons for failure 
specified time limit: delay of 19 days in receivin, 
of the contract; delay of 23 days on account of being required to 
drive 1,150 lineal feet of piling in excess of that originally con- 
templated; delay of 113 days, from December 20, 1937, to April 12, 
1938, due to adverse weather conditions and impassable condition of 
roads leading to the job, the Engineer having ordered the work 
closed down for this period; delay of 40 days due to defaulting of 
the painting subcontractor; delay of 149 days, from December 2, 
1938, to May 1, 1939, because of adverse weather conditions which 
would not permit the painting work to be done properly, such close- 
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Recomn. - - - 6-2820 - Reedsport-Coos Bay Section, Oregon Coast Highway, Coos 
County. lst authorization - $1,200.00 


Stock Pile - &-2812 - Gold Beach Rock Production, Oregon Coast Highway, Curry 
County. lst authorization - $300.00 


Location - - 10-2825 - Gardiner Section, Oregon Coast Highway, Douglas County 
lst authorization - $1,400.00 


Gravel Pits - 11-2401 - Lang Canyon-Arlington Section, Columbia River Highway, 
Gilliam County. lst authorization - $50.00 


Plans - - - — 113-2810 - Wrights Point-The Narrows Section, Frenchglen Secondary 
Highway, Harney County. 2nd authorization - $600.00 
Total to date $2,100.00 


Plans - - - - 17-2802 - Grants Pass-Green Creek Section, Pacific Highway, 
Josephine County. 4th authorization - $500.00 
Total to date $4,500.00 


Location - - 17-2810 - Smith Hill-Grants Pass Section, Pacific Highway, 
Josephine County. lst authorization - $27,600.00 


Stock Pile - - 20-2838 - Cape Creek-Douglas County Line Section, Oregon Coast 
Highway, Lane County. lst authorization - $250.00 


Stock Pile - - 20-2839 - Cushman-Camp Creek Section, Siuslaw Highway, Lane Coun- 
ty. lst authorization - $250.00 


Plans - - - - 20-2818 - Cottage Grove Section, Pacific Highway, Lane County. 
4th authorization - $460.00 


Total to date $2,760.00 


Bridge - - - 21-2833 —Depoe Bay, Oregon Coast Highway, Lincoln County. 
lst authorization - $200.00 


Plans - - ~ - 24-2826 - Butteville Road-White School Section, West Portland- 
Hubbard Hwy., Marion Co. lst authorization - $100.00 


Plans - - - - 26-2837 - Oregon Slough-Columbia Boulevard Section, Pacific High- 
way West, Multnomah “0. 1st authorization - $1,500.00 


The motion was duly seconded by Commissioner Clough and was declared by Chair- 
man Cabell to have carried by the unanimous vote of the Commission. 


The Engineer also reported that the location survey of the Flagstaff 
Hill-Middle Bridge Section of the Baker-Homestead Highway, in Baker County, 
heretofore authorized by the Commission, has been completed. After due consid- 
eration, the Commission approved the survey as reported, and adopted the follow- 
ing resolution in regard thereto: 
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Mountain States Construction Company, Contract No. 2lll, for 
grading, surfacing, and oiling the Brownsville Section of the Hal- 
sey~Sweet Home Secondary State Highway, in Linn County, requested 
an extension of time of 7 days, from July 15 to July 22, 1939, with- 
in which to complete this job. They alleged that practically all 
of the work in connection with this contract was completed by July 
12, 1939, and that all that remained was the application of the fin- 
ish coat of oil and the cleanup work on the shoulders, which work, 
according to the specifications, could not be done until 7 days had 
elapsed after the application of the previous coat of oil. The En- 
gineer advised that the contractor was hindered in completing this 
job within the specified time limit by reason of intermittent rainy 
periods during the month of June. All work in connection with the 
job, he said, with the exception of the application of the second 
seal coat was completed on July 11 and the contractor was not per- 
mitted to apply the second seal coat until July 18, in confornity 
with the provisions of the specifications. He recommended that 
the 7 days’ extension of time now requested within which to com- 
plete the project be granted without penalty and submitted a letter 
from the Public Roads Administration concurring therein. The Com- 
mission approved the recommendation unanimously. 


H. Le Rice, Contract No. 2117, for grading the Rock Creek- 
Morrow County Line Section of the Wasco-Heppner Secondary State High- 
way, in Gilliam County, requested an additional extension of time of 
10 days, from June 20 to June 30, 1939, within which to complete 
this project. He gave no reasons for failure to complete the proj- 
ect within the previously extended time limit. The Engineer advised 
that Mr. Rice was required to excavate and place 5,000 cubic yards 
of topping material which was not provided for in his original con- 
tract and in view thereof the Commission granted him an extension 
of time to June 20 to do this work; however, Mr. Rice experienced 
considerably more difficulty in the performance of such operation 
than was anticipated and as a result was unable to complete the 
project within the extended time. He recommended, in view of the 
circumstances, that the 10-dayg’ extension of time now requested be 
granted without penalty. A letter was presented from the Public 
Roads Administration concurring therein. The Commission approved 
the recommendation unanimously. 


Chester T. Lackey, Contract No. 2144, for furnishing crushed 
materials in stock piles for the Sisters and Horse Ridge-Brothers 
Sections of the McKenzie, Central Oregon, end other state highways, 
in Deschutes County, requested an extension of time of 9 days, 
from June 15 to June 24, 1939, within which to complete this jab. 
He alleged that his failure to complete the project within the 
apecified time limit was due to unfavorable weather conditions. 

The Engineer advised that the contractor carried on this project in 
@ very satisfactory manner, but, for reasons stated by him, failed 
to complete it within the specified time. He recommended the grant- 
ing of the extension of time now requested without penalty and 


down being ordered by the Engineer. The Engineer advised that dur- 
ing the winter of 1937-1938 he ordered the contractor to close dow 
the work for 113 days because of bad weather conditions during that 
period. Further, that during the winter of 1938-1939 for similar 
reasons he ordered the contractor to again close down the work, this 
time being for a period of 150 days. He also said that 8 days were 
consumed by the contractor in the iriving of an extra amount of pil- 
ing over that shown in the contract, which would make a total of 271 
days, or until February 26, 1939, for which an extension of time 
should be granted without penalty. He recommended that the exten- 
sion of time until February 26, 1939, be granted without penalty, 
but that the contractor be charged with the engineering expense in- 
curred by the state in the supervision of this job subsequent to 
such date. A letter was presented from the Public Roads Administra- 
tion concurring in such recommendation. The Commission approved the 
recommendation by unanimous vote. 


Barham Bros., Contract No. 2078, for construction of a 
bridge over the 0.W.R.R.& N. tracks on the Airport Road, Portland, 
Multnomah County, requested an extension of time from January 31 to 
July 9, 1939, within which to complete this contract, particularly 
the removal of the old bridge and the erection of barriers. They 
gave no reason for failure to complete the project within the speci- 
fied time limit. The Ingineer advised that the contract provided 
that all work in connection with this job, with the exception of the 
removal of the old structure, should be completed on or before Janu- 
ary 31, 1939, and that the contractor should remove the old struc- 
ture within 15 days after notice to proceed with such work. On ac- 
count of inclement weather, he said, the contractor was ordered to 
discontinue the painting work until suitable conditions prevailed 
in the spring, and such painting work was completed immediately upon 
the giving of such notification. He recommended, in view thereof, 
that the extension of time requested be granted without penalty. A 
letter was presented from the Public Roads Administration concurring 
therein. The Commission approved the recommendation by unanimous 
vote. 


Edwin C. Gerber, Contract No. 2103, for gracing, surfacing 
and oiling the Umapine-Sunnyside Section of the Umapine Secondary 
Highway, in Umatilla County, requested an additional extension of 
time, from June 30 to July 20, 1939, within which to complete this 
contract. He gave no reason for failure to complete the work within 
the specified time limit. The Engineer advised that Mr. Gerber's 
failure to complete the contract within the specified time limit was 
solely the result of his own negligence an¢. failure to start the . 
project when ordered to do so. He recommended, in view of the cir- 
cumstances, that the extension of time now requested be granted, but 
that Mr. Gerber be charged with all engineering expense incurred. by 
the state against the job since June 30, 1939. A letter was present- 
ed from the Public Roads Administration concurring therein. The Cam- 
mission approved the recommendation unanimously. 


which had the contract for the production of such material. He rec- 

» in view of the circumstances, that the extension of time 
requested be granted but that the contractor be charged with the en- 
gineering expense incurred by the state in connection with this job 
subsequent to August 19, 1939. The Commission approved the recom- 
mendation unanimously. 


The Engineer reported that Contracts Nos. 2078, 2081, 2103, 2111, 
2117, 2142, 2144, 2145, 2153, 2166, 2167, 2169, 2175, 2187, 2188, and 2190, 
for the construction of state highway projects have been completed according 
to the requirements of the contracts or modifications thereof, and that said 
jobs are ready for acceptance. The following resolution accepting the above 
projects was offered and was adopted by the unanimous vote of the Commission: 


WHEREAS, the Engineer has reported that the following 
State Highway Commission contracts for the construction of state 
highway projects have been completed according to the terms and 
provisions of the contracts and said jobs are now ready for ac- 


ceptance: 


Contract No. 2078, with Barham Brothers, for con- 
struction of the Airport Road Overcrossing on Northeast 
42nd Avenue over the 0.W.R.R.& N. tracks on Northeast Port- 
land Highway, Multnomah County. Completed July 8, 1939. 


Contract No. 2081, with Roy L. Houck, for grading, 
surfacing, and oiling the Lombard Street-Killingsworth 
Street Section of the Northeast Portland Secondary Highway, 
in Multnomah County. Completed July 11, 1939. 


Contract No. 2103, with Edwin C. Gerber, for grading, 
surfacing, and oiling the Umapine-Sunnyside Section of the 
Umapine Secondary Highway, in Umatilla County. Completed 


July 14, 1939. 


Contract No. 2111, with Mountain Steves Construction 
Company, for grading, surfacing, and oiling the Brownsville 
Section of the Halsey-Sweet Home Secondary Highway, in Linn 


County. Completed July 19, 1939. 
Contract No. 2117, with H. L. Rice, for grading the 


Rock Creek-Morrow County Line Section of the Wasco-Heppner 
Secondary Highway, in Gilliam County. Completed June 30, 


1939. 


Contract No. 2142, with Schmeer, Williams & Gentemann, 
for furnishing crushed rock in stock piles for the Horse 
Ranch-Chewaucan Narrows Section of the Fremont Highway, in 
Lake County. Completed July 8, 1939. 
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submitted a letter from the Public Roads Administration concurring 
therein. The Commission approved the recommendetion unanimously. 


Saxton, Looney, & Risley, Contract No. 2145, for furnishing 
crushed materials in stock piles for the Butte Creek Summit—Branson 
Creek and Flat Creek-John Day Sections of the John Day Highway, in 
Grant and Wheeler Counties, requested an extension of time of 30 
days, from June 30 to July 30, 1939, within which to complete this 
project. They attributed their failure to complete the project 
within the specified time limit to difficulties in securing satisfac- 
tory materials from the gravel pit used in their first set-up, it 
being necessary’ for them to abandon this pit and secure gravel from 
a bar in the John Day River, which source of material they also had 
to abandon because of high water conditions. The Engineer advised 
that the reason given by the contractor for failure to complete the 
project within the specified time limit is only partially correct 
and, in his estimation, is not sufficient justification for the 
granting of an extension of time without penalty because the job re- 
quired the operation of two plants, which were not installed until 
the job had been under way for some time. After the installation 
of the second plent, he said, the contractor encountered difficulty 
in securing suitable rock because of a large amount of dust that 
the pit contained, and in order to eliminate the dust and at the 
same time eliminete excessive mechanical trouble it was necessary 
te instal] a blower, which took time and also slowed down produc- 
tion. He also advised that part of the overrun in time limit was 
attributed to manufacture of additiona. materials under price 
agreement for use in connection with the construction of the Mule 
Shoe Creek Section of this highway. He recommended, in view of 
the circumstances, the extension of time requested be granted with- 
out penalty. A letter was presented from the Public Roads Adminis~ 
tration concurring therein. The Commission approved the recomnen- 
dation unanimously. 


Norris Brothers, Contract No. 2189, for oiling the Mt. Vernon, 
Weston, and Service Creek Sections of the John Day Highway and the 
Weston-Elgin Secondary Highway, in Grant, Umatilla, and Wheeler 
Counties, requested a 30-day extension of time, from July 31 to Au- 
gust 31, 1939, within which to complete this project. They attrib- 
uted their failure to complete the project within the specified time 
limit to adverse weather conditions. The Engineer advised that the 
reasons given by the contractor for failure to complete the project 
within the specified time limit are substantially correct, 12 days 
having been lost on account of rain and 7-days' time due to failure 
of the rock contractor to produce materials for use in connection 
with the Cove Secondary Highway improvement in Union County. The 
latter reason, he said, is not in itself a justification for the 
granting of the extension without penalty, but Norris Brothers were 
requested to oil the Cove job before proceeding to their work at Mt. 
Vernon, and they could not do this oiling work until the oil rock 
had been furnished by the Mountain States Construction Company, 
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THEREFORE, BE IT RESOLVED, that the work covered by said 
state highway contracts for the construction of said state highway 
projects be declered completed according to the terms of the re- 
spective contracts, and said jobs are hereby accepted and final pay- 
ment in connection with each is hereby authorized. 


The Commission discussed the setting of e date for its next regular 
meeting following that scheduled to be held on August 31 and September 1,1939. 
It was decitied to hold such meeting on September 28 and 29, 1939, in Portland. 
The Secretary was instructed to make the usual arrangements to hold such meet- 
ing in the auditorium of the Public Service Building. 


The Commission considered and signed agreements, et cetera, as fol- 
lows: 


Agreement with Rex E. Rose covering acquisition of water right 
for use in connection with operation of the W.P.A. Camp and future 
state highway department maintenance headquarters on the iiolf Creek 
Highway near the town of Manning, Washington County. 


Agreement with the Portland General Electric Company, Portland 
Electric Power Company, and Southern Pacific Company with respect 
to the power company's pole lines and the Southern Pacific Company's 
"K" line on the Ross Island-Schiller Street Section of the East 
Portland-Oregon City Highway, in Portland. 


Agreement with the Idaho Power Company covering the furnishing 
of electrical energy for lighting the underpass on the Old Oregon 
Trail Highway, in Ontario. 


Agreament with the Works Progress Administration providing for 
the advancement of state funds in a sum not to exceed $3,500 to pay 
non-labor items on the Wolf Creek Highway W.P.a. project during the 
month of August, 1939. 


Agreement with E. B. Gresham and Anna Gresham providing for 
the lease or purchase of an ll-acre tract of land in Tillamook Coun- 
ty for a C.C.C. Camp site. 


t with Clatsop County with respect to the use of the 
county's quarry at Northrup Creek in connection with the construc- 
tion of the Jewell-Benzer Bridge Section of the Nehalem Secondary 


Highway. 


Agreement with the United States Department of the Interior, 
Division of Grazing, with respect to the construction of the Rome- 
Princeton Secondary Highway, in Harney and Malheur Counties. 


Agreement with the 0.W.R.R.& N. Company and the Union Pacific 
Railway Company providing for additional encroachment of the Colun- 
bia River Highway on the railroad right of way at Lindsey. 


Contract No. 2144, with Chester T. Lackey, for fur- 
nishing crushed rock in stock piles for the Sisters and 
Horse Ridge-Brothers Sections of the McKenzie, Central Ore- 
gon, and other highways, in Deschutes County. Completed 
June 24, 1939. 


Contract No. 2145, with Saxton, Looney, & Risley, for 
furnishing crushed rock in stock piles for the Butte Creek 
Summit-Branson Creek and Flat Creek-John Day Sections of 
the John Day Highway, in Wheeler end Grant Counties. Com- 
pleted July 18, 1939. 


Contract No. 2153, with Odom Construction Company, for 
widening the Abernethy Creek Bridge on the Pacific Highway 
East, in Oregon City, Clackamas County. Completed July 31, 
1939. 


Contract No. 2166, with E. C. Hall Company, for grad- 
ing, surfacing, and oiling, and furnishing crushed rock in 
stock piles for the Jericho Lane-Bloucher Section of the 
Hood River Secondary Highway, in Hood River County. Com- 
pleted July 12, 1939. 


Contract No. 2167, with E. L. Rigdon, for grading and 
surfacing the Poe Valley Section of the Bonanza-Malin County 
Road, in Klamath County. Completed July il, 1939. 


Contract No. 2169, with Warren Northwest, Inc., for sur- 
facing and ciling the Falls City-Fern Corner Section of the 
Falls City County Road, in Polk County. Completed July 26, 
1939. 


Contract No. 2175, with Clifford A. Dunn, for grading, 
surfacing, and oiling the Dixonville-Mud Hollow Section of 
the North Umpqua County Road, in Douglas County. Completed 
August 12, 1939. 


Contract No. 2187, with R. 0. Dail & Warren Bros., Inc., 
for surfacing and oiling in connection with Division No. 1 
Oiling Project on three secondary highways, in Clackamas, 
Washington, and Yamhill Counties. Completed July 31, 1939. 


Contract No. 2188, with J. C. Compton, for oiling the 
Elsie-Balm Grove Section of the Wolf Creek Highway and coun- 
ty roads, in Clatsop, Columbia, Tillamook, and Washington 
Counties. Completed August 2, 1939. 


Contract No. 2190, with J. C. Compton, for oiling in 
connection with Division No. 2 Oiling Project on three sec- 
ondary. highways, in Linn, Polk, and Yamhill Counties. Com- 
pleted July 18, 1939. 
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NEHALEM SECONDARY HIGHWAY 
JEWELL-BaiZER bKIDGE SECTION 
SURFACING, OILING, FURNISH CRUSHED ROCK 


0. C. Yocom $63,746.00 
A. S. Wallace ---- 
Saxton, Looney & Risley ---- 
Babler Bros. ---- 
Fisher Bros. 67,491.00 
J. C. Compton and Rogers Construction Company -~--- 
E. C. Hall Company 69,179.00 
A. Milne 10,947.60 
Dolan Construction Company ---- 
Homer G. Johnson ---- 
McNutt Bros. 87,796.50 
PACIFIC HIGHWAY 

NORTH ROSEBURG SECTION - ROADSIDE IMPROVEMENT 

D. L. Ashton 


Blair T. Alderman 


PACIFIC -HIGHWAY 
NORTH UNIT, SISKIYOU-BEAR CANYON SECTION - GRADING 


Roy L. Houck 

Colonial Construction Company 
McNutt Bros. 

Leonard & Slate 

A. G. Greenwood Company, Inc. 
Berke Bros. 

Frank Penepacker 

E. C. Hall Company 
Jacobsen-Jensen Company 

Nat McDougall Company 


PACIFIC HIGHWAY 


SOUTH UNIT, SISKIYOU-BEAR CANYON SECTION - GRADING 


Roy L. Houck 

Leonard & Slate 

E. C. Hall Company 

Frank Penepacker 

Colonial Construction Company 


Using Tar 
$63,234.00 
64,098.00 
64,412.10 
66,963.50 


72,880.00 
88,603.60 


$ 4,592.25 
5,693.95 
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Agreement with Jacob J. Hoffart and wife providing for the 
lease of a building and grounds at the tom of Timber for a period 
of 12 months at $12 per month, for use in connection with highway 
maintenance work. 


Agreement with the 0.W.R.R.& N. Company and the Union Pacific 
Railway covering construction of a temporary underpass at 
railroad mile post 30.6 between Multnomah Falls and Oneonta for the 
purpose of transporting grade materials from the south to the north 
side of the railroad tracks in connection with the reconstruction 
of the Columbia River Highway. 


There being no further business to come before the Commission at 
this time, the meeting was adjourned at 3:40 o'clock p. m 


“iypaBrtetp— Lp 
State Highway Engineer Commissioner 
Wy L 
Secretary Commissioner 


Portland, Oregon, August 31, 1939 


The State Highway Commission met in regular session at 9:00 o'clock 
a. m. in the Auditorjum of the Public Service Building. Present mere: 


Henry F. Cabell, Chairman 

E. B. Aldrich, Commissioner 

Huron W. Clough, Commissioner 

R. H. Baldock, State Highway Engineer 
J. W. DeSouza, Assistant Attorney 

H. B. Glaisyer, Secretary 


Bids as follows for highwar construction projects and furnishing of 
free ferry service were opened and reed in conformance with previously pub- 
lished notice, fo!iowing which Chairman Cabell announced that the award of 
contracts would be made at 4:00 o'clock p. m. in the same room: 


OREGON COAST HIGHWAY 
SMITH POINT-YOUNGS BAY BRIDGE SECTION 
ROADSIDE IMPROVEMENT 
D. L. Ashton $ 4,920.09 
Gee. F. anderson 10,440.00 
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favorably with the appraised value of the items. Announcement to that effect 
was made by the Chairman, Henry F. Cabell. 


A delegation from Roseburg, consisting of W. C. Harding, A. C. Mars- 
ters, Senator C. W. Clarke, Harry Ellsworth, County Judge Morris C. Bowker, and 
County Commissioners H. B. Roadman and J. Ross Hutchinson, of Douglas County, 
came before the Commission and urged additional improvements on the North Ump- 
qua County Road, particularly two short sections east of the section completed 
this year. They asked for this improvement as soon as possible and in any 
event during the 1940 season. They also asked for the reconstruction of the 
Turkey Hill-Rice Hill Section of the Pacific Highway. 


Judge Bowker stated that the county is ready to proceed with the ec- 
quisition of the right of way for the North Umpqua improvement as soon as they 
know when the Highway Commission intends to start construction. Chairman Cab- 
ell advised that the Commission has both of these projects in mind and intends 
to give them careful consideration in the formulation of its next construction 
program but is not in a position today to make any definite commitment to ei- 
ther of them. 


County Judge Clinton Hurd and County Commissioner W. J. Holland, of 
Lane County, came before the Commission with regard to the improvement of the 
Lake Creek Section of the Siuslaw Highway. They were informed that the Com- 
mission has not yet made a definite decision with respect to such improvement. 


They also asked that the Territorial Secondary Highway, which now 
extends from the town of Monroe, in Benton County, to the Lane-Dougles County 
line, be extended a distance of about 5 miles to a connection with the Pacific 
Highway, near Anlauf. They were informed that the Commission has this matter 


under advisement. 


The County Court of Sherman County, represented by County Judge 
George A. Potter and County Commissioner David R. Reid, came before the Com- 
mission and asked for the following improvements: 


1. Construction of the Sherman Coun*y Section of the Grass Val- 
ley-Shearars Secondary Highway, particularly from Buck Hollow Bridge 
northerly a distance of about 2 miles. 


2. Improvement of the Sherman County Section of the Wasco- 
Heppner Secondary Highway, particularly the narrow sections near the 
Cottonwood Bridge. 


3. Improvement of the Hay Canyon farm-to-market road from its 
intersection with the Wacco-heppner Secondary Highway southerly 4 
distance of about 23 miles. 


This request was endorsed by the County Court of Wasco County which 
was represented by County Judge G. G. Shults and County Commissioner A. H. Mc- 
Leod and County Engineer John R. Nichols. They were informed that the Commis- 
sion would be glad to bear these projects in mind in the discussion of future 
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I.0.N. SECONDARY HIGHWAY 
OWYHEE RIVER-TUDOR RANCH SECTION 
GRADING AND TRESTLE BRIDGE 


M. Le O'Neil & Son $ 97,325.75 
Leonard & Slate 104, 332.00 
McNutt Bros. 106, 895.50 
Dodge Construction Company 115,681.00 


WOLF CREEK HIGHWAY 
BRLDGES OVER WEST FORK DAIRY CREEK AND NEHALEM RIVER 


wee 


J. F. Johnston $ 27,563.25 
Averill & Corbin 27, 749.00 
McNutt Bros. 28,188.00 
Tom Lillebo 28,570.30 
Sig Ash 28,603.50 
Odom Construction Company 29,093.50 
Birkemeier & Saremal 30,382.50 
Kuckenberg Construction Company ‘ 32,544.50 
Jacobsen-Jensen Company 33,412.50 
Barham Bros. 33,663.00 
A. W. Stevens Construction Company 36,231.40 
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WILSON RIVER HIGHWAY 
GLENWOOD UNDERCROSSING 
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Minneapolis-Moline Power Implement Company 
Poole & McGonigle 
Willamette Iron & Steel Corporation 


& 
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COOS RIVER SECONDARY HIGHWAY 
FURNISH FERRY SERVICE AT ENEGREN CROSSING 


Andrew Stambuck $ 731,.62 
Leonard & Slate 1,000.00 


WOLF CREEK HIGHWAY 
RE-ESTABLISH SCHOOL BUILDING IN VICINITY OF MANNING 


Odom Construction Company 4,820.00 
Caufield & Savage 6,618.00 
Robertson, Hay & Wallace 7,195.00 


The Commission also received bids for the purchase of obsolete equip- 
ment and an accumulation of scrap materials stored at the Highway Department 
Shops at Salem, Klamath Falls, Coquille, and LaGrande, as previously advertised. 
These bids were all referred by the Commission to the Engineer with power to 
sell the various items to the high bidder in each instance if the bids compare 


WHEREAS, the State Highway Commission is by law author- 
ized and directed to lay out, locate, relocate, designate, con- 
struct, reconstruct, improve, and maintain a system of state high- 
ways in the State of Oregon, including both primary and secondary 
state highways, to acquire rights of way necessary therefor, and 
to declare the necessity and need for the acquisition thereof, and 
the advantaged to be gained thereby; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission as follows: 


1. That the State Highway Commission does hereby find 
and declare that it is necessary, will be of advantage to the State 
of Oregon, and is needful that the State acquire for right of way 

es for use in connection with the permanent location, con- 
struction, improvement, and maintenance of the following section or 
sections of the state highway system of the State of Oregon, to wit: 


Siskiyou Station-State Line Section of the Pacific Highway 
Owyhee River-Scotts Butte Section of the I.0.N. Highway 


real property omed by or in possession of the following parties 
and/or persons, to wit: 


Siskiyou Station-State Line Section of the Pacific Highway 
71179-Bessie West 


Owyhee River-Scotts Butte Section of the 1.0.N. Highway 
6902-J. 0. Blackwill 
6907-Oliver Davis 
6901-I. Blatt 
6910-Leslie Edson 
6913-Mrs. BE. H. Crim 
6915-Mrs. A. A. Graham 
6196-Malheur County 


and this Commission does hereby declare further that the said prop- 
erty or properties are necessary, are needful, and the acquisition 
thereof will be of advantage to the State of Oregon for right of 
way purposes in orderto make it possible for the State Highway Com- 
mission to properly locate, relocate, construct, reconstruct, and 
maintain said portion or portions of the said state highway system 
in accordance with standards adopted by this Commission relative to 
curvature, grades, alignment, drainage, and factors of safety. 


2. That the State Highway Engineer be and he hereby is instruct- 
ed and directed to properly survey the parcel or parcels of land re- 
quired for such right of way purposes and prepare proper and adewuate 
descriptions thereof, which descriptions shall be employed in the prep- 
aration of a deed or deeds or other instrument or instruments necessa- 
ry to eomplete the acquisition of the said property or properties or 
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highway programs, although no definite commitments can be made now. The Commis~ 
sion thereupon referred the matter to the Engineer for investigation and report. 


Messrs. Ed Turnbull and William Tugman, Eugene, and County Commission- 
er W. J. Holland, of Lane County, were present in regard to the rerouting of 
the Pacific Highway through Eugene. It was decided that Chairman Cabell, Com 
mission.> Clough, and the Engineer would meet with the delegation in Eugene on 
Thursday of the following week for 4 discussion of this matter. 


The Commission had under discussion the sale to the Lumber and Sar 
mill Workers, Dee, Oregon, of an old crusher site located adjacent to the Hood 
River Secondary Highway just north of Dee. The Engineer advised that this 
tract contains 3.83 acres and that it is of no further value for state highway 
purposes, hence he has no objection to the sale thereof. After discussion, 
the Commission instructed the Attorney to ascertain whether or not any other 
state department or the County Court of Hood River County desires this proper- 
ty. In the event that such investigation reveals that the property is not 
wanted by any state department or the County Court, then it is to be adver- 
tised for sale, bids to be received at the next meeting. However, the Attorney 
is to set a minimum price that the Commission will consider for the same and 
such information is to be forwarded to the prospective purchasers. 


The question of whether or not to advance additional state funds to 
finance non-labor items in connection with the Wolf Creek Highway W.P.A. proj- 
ect was discussed. The Ingineer advised that no additional W.P.A. funds have 
been authorized to pay the non-labor items on this job, and if the work is to 
proceed during the month of September it will be necessary for the state to 
advance approximately $3,500. He recommended approval of such expenditure un- 
der the same arrangement as that under which funds were advanced to pay for 
these items during June, July, and August. The Commission approved the rec- 
ommendation unanimously. 


In this connection the Ingineer reported difficulties in connection 
with the employment of men to operate power shovels on this job, it appearing 
that these men feel that they are underpaid inasmuch as they are not receiv- 
ing union wages for such work, the W.P.A. wage scale having been reduced un- 
der new W.P.A. regulations. This matter was discussed at some length but no 
decision with regara thereto was reached. Chairman Cabell was authorized by 
Commissioners Aldrich and Clough to act for the Commission in the disposal of 
this and other matters pertaining to this W.P.A. project. 


The Assistant Attorney requested authority to institute condemnation 
proceedings to acquire right of way needed for the Owyhee River-Scotts Butte 
Section of the 1.0.N. Highway, in Malheur County, and for the Siskiyou Station- 
State Line Section of the Pacific Highway, in Jackson County. He explained 
that he is offering $6.00 per acre for right of way needed for the I.0.N. High- 
way and that he has been unable to locate a Mrs. Bessie West, the omer of the 
property needed for the Siskiyou Station-State Line project, which he values 
at $20. The Commission approved the Attorney's request and by unanimous vote 
adopted the following resolution in regard thereto: 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission as follows: 


1. That the State Highway Commission does hereby find and 
declare that it is necessary and will be of advantage to the State 
of Oregon and there is need that the State acquire for the purposes 
of road construction, improvement, betterment, repair and mainten- 
ance, and for the purpose of the manufacture of road materials on 
the following section or sections of the state highway system of the 
State of Oregon, to wit: 


Owyhee River-Scotts Butte Section of the I.0.N. Highway 


real property owned by or in the possession of the following parties 
and/or persons, to wit: 


6201-Coast Land Company 
6903-J. 0. Blackwill 


and this Commission does hereby declare further that the said proper- 
ty or properties contain gravel, gravel beds or bars, sand, sand 
beds or bars, rock, boulders, quarries or quarry sites, lime depos- 
its, or other mineral deposits or formations suitable for road con- 
struction, improvement, betterment, or pavement, and that the said 
property or properties is or are necessary and needful and the ac- 
quisition thereof will be of advantage to the State of Oregon for 
the said purposes in order to make it possible for the State Highway 
Commission to construct, improve, maintain, and repair the said 
portion or portions of the said state highway system in accordance 
with the standards adopted by this Commission. 


2. That the State Highway Engineer be and he hereby is in- 
structed and directed to properly survey the parcel or parceis of 
land required for said purposes and to prepare proper and adequate 
descriptions thereof, which descriptions shall be employed in the 
preparation of a deed or deeds or other instrument or instruments 
necessary to complete the acquisition of the said property or prop- 
erties, or which said description may be used in the preparetion of 
a complaint in the event that condemnation proceedings are necessary. 


3. That the boundaries of the said parcel or parcels of 
land, as defined and determined by the said survey made by the said 
Highway Engineer, shall be and the same hereby are adopted and the 
lands defined therein are hereby declared to be and the same shall 
be lands necessary for the purposes stated herein. 


4. That I. H. Van Winkle, Attorney General of the State 
of Oregon, and J. M. Devers, Assistant Attorney General and Attorney 
for the State Highway Commission, be and they are hereby requested, 
authorized, and directed to attempt to agree with the ower or om- 
ers and/or with the tenants or persons in possession, if there be 
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which descriptions may be used in the preparation of a complaint in 
the event that condemation proceedings are necessary. 


3. That the boundaries of the said parcel or parcels of 
land, as defined and determined by the said survey made by the said 
Highway Engineer, along the route or location adopted by the Highway 
Commission, shall be and the same hereby are adopted and the lands 
defined therein are hereby declared to be and the same are included 
within the rights of way of the said portion or portions of the said 
state highway system and hereby are declared to be necessary for the 
proper location, improvement, construction, and maintenance of the 
said portion or portions of the state highway system. 


4. That I. H. Van Winkle, Attorney General of the State 
of Oregon, and J. M. Devers, Assistant Attorney General and Attorney 
for the State Highway Commission, be and they are hereby requested, 
authorized, and directed to attempt to agree with the owner or owners 
and/or with the tenants or persons in possession, if there by any, of 
said parcel or parcels of land with respect to the compensation to 
be paid for the taking of the same and the damage, if there be any, 
and in the event that no satisfactory agreement or agreements can be 
reached, then it is hereby further resolved that the Attorney General 
of the State of Oregon and J. M. Devers, Assistant Attorney General 
and Attorney for the State Highway Commission, be and they hereby are 
requested to commence and prosecute to a final determination such 
suit or action, or suits or actions, as may be necessary and appro- 
priate to acquire title to the said premises and all rights therein 
for the purposes herein stated. 


5. That this resolution be entered in full in the minutes 
and records of this Commission. 


The Commission also by unanimous vote adopted the following resolu- 
tion authorizing condemnation proceedings to acquire gravel pits on the prop~ 
erty of the Coast Land Company and J. 0. Blackwill, for use in connection 
with the construction of the Owyhee River-Scotts Butte Section of the I1.0.N. 
Highway, in Malheur County, and approved the Attorney's offer of $6.00 per 
acre for such gravel pits: 


WHEREAS, the State Highway Commission is by law author- 
ized and directed to lay out, locate, designate, construct, improve, 
and maintain a system of state highways in the State of Oregon and 
to acquire by donation, purchase, agreement, condemnation, or by 
the power of eminent domain title to land upon or under which there 
is gravel, gravel beds or bars, sand, sand beds or bars, rock, 
boulders, quarries or quarry sites, lime deposits, or other mineral 
deposits or formations suitable for road construction, improvement, 
betterment or pavement, and to declare the necessity and need for 
the acquisition thereof and the advantages to be gained thereby; 
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present the plans of this structure to the War Department for such approval. 
The Commission approved the Engineer's request by unanimous vote. 


The Commission adjourned at 12:00 o'clock noon and reconvened at 
2:00 o'clock p. m. in the same room, with all Commissioners, the State Highway 
Engineer, the Assistant Attorney, and the Secretary present. 


The Engineer reported on the cost to construct a sidewalk on the Pa- 
cific Highway from the north city limits of Roseburg to the Garden Valley Road, 
a distance of about 0.4 mile. He estimated that it would cost about $1,025.00 
to build a sidewalk on the east side of the highway, and on the west side of 
the road about $1,675.00, or e total of §2,700.00. He pointed out that the 
present highway is not on permanent alignment and there is a possibility that 
it will be reconstructed within the next three years, in view of which he 
questioned the advisability of spending any money at this time for sidewalk 
construction, inasmuch as the walk would have to be torn up when the new high- 
way is built. He also questioned the justification of sidewalk construction 
on account of pedestrian traffic, explaining that a traffic count taken on 
Thursday,July 13, 1939, between 6:00 o'clock a.m. and 10:00 o'clock p.m., re- 
vealed that there were only 78 pedestrians using the west side of the highway 
and only 77 using the east side of the highway during that period. He rec- 
ommended deferment of the sidewalk construction until the highway is rebuilt. 
The Commission approved the recommendation unanimously and asked Commissioner 
Clough to convey euch information personally to the Roseburg Chamber of Com- 
merce, which has urged the construction of such sidewalk. 


The Commission had under discussion the report from the Engineer 
relative to the Rural Electrification Administration power line construction 
along the McKenzie Highway, in Lane County. The Engineer advised that Mr. 
Charles Edwards, Attorney for the sponsors of this R.E.A. project, was con- 
tacted and it appears that there are many questions involved, particularly 
concerning the right of way through the timbered strips, which cannot be 
solved until a survey of the project has been made. Also, that the survey is 
to be financed with federal moneys which cannot be secured until the federal 
authorities have been assured that a permit will be granted by the State High- 
way Commission for the maintenance of poles on the highway right of way, for 
which reason Mr. Edwards has requested e letter from the Highway Commission 
stating that such permit will be granted subject to the condition that the fi- 
nal exact location is to be determined later. It was his thought that such 
letter should be written and he so recommended. ‘he Commission approved the 
recommendation. 


The Engineer also reported the cost to perform certain construction 
work needed in connection with the improvement of the 8th Street connection 
to the Oregon Coast Highway, in Reedsport, which improvement has heretofore 
been requested by the Reedsport City Council. He advised that inspection has 
been made of this project, which reveals that for the sum of $600 a satisfac- 
tory connection can be made, the state's improvement being confined to the in- 
tersection property, the balance of the improvement being financed by the City 
of Reedsport. He recommended that the Commission join with the City of Reeds- 
port in this undertaking. The Commission approved the recommendation unani- 
mously. 
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any, of said parcel or parcels of land with respect to the compensa- 
tion to be paid for the taking of the same and the damage, if there 
be any, and in the event that no satisfactory agreement or agree- 
ments can be reached, then it is hereby further resolved that the 
Attorney General of the State of Oregon and J. M. Devers, Assistant 
Attorney General and Attorney for the State Highway Commission, be 
and they hereby are requested to commence and prosecute to a final 
determination such suit or action, or suits or actions, as may be 
necessary and appropriate to acquire title to the said premises and 
all rights therein for the purposes herein stated. 


5. That this resolution be entered in full in the minutes 
and records of this Commission. 


The Assistant Attorney also brought up for discussion the matter of 
acquiring from the 0.W.R.R.& N. Company two small parcels of land needed for 
right of way for the State Farm-Adams Section of the Oregon-Washington High- 
way in Umatilla County, said parcels being located on the railroad station 
grounds at Adams. It appears that the railroad company will not convey this 
property to the state wnless the state, in turn, will construct certain guard 
fence and do other things for the benefit of the railroad company that were 
not mentioned at the time of the hearing conc'ucted by the Public Utilities © 
Commissioner, covering the matter of elimination of the railroad grade cross- 
ing at this point, and it may be necessary, in view thereof, to condem the 
right of way across the company's property or to revise the plans for this 
project so as to use the existing county road connection at Adams, as was 
originally intended, notwithstanding that it would affect the highway align- 
ment adversely. 


The Engineer advised that the original plans for this highway in- 
provement were altered somewhat as an accommodation to the railroad company, 
although the change also benefited the state. He suggested that, rather than 
to accede to the new demands of the railroad company, it would be advisable 
to construct the project under the original plan, using the county road con- 
nection as a temporary proposition, notwithstanding that it would shorten the 
highway improvement about one-half mile. He also suggested that it might be 
advisable to consult with the Public Utilities Commissioner relative thereto 
and to withdraw the petition for the railroad grade separation project, in 
the event the railroad company will not cooperate. The Commission tentatively 
approved the Engineer's suggestion but deferred a definite decision thereon 
pending receipt of the bids for this project, which are to be opened on the 
following day. 


The Engineer reported the need to secure the approval of the United 
States War Department before proceeding with the construction of the proposed 
viaduct along the east bank of the Willamette River, between Sth Street and 
9th Street, in Oregon City, in connection with the state highway improvement 
at that place, which project was previously authorized by the Commission for 
the 1939 Federal Aid Program. He requested authority from the Commission to 


A letter was also presented from Mr. Charles H. Reynolds, Chairman 
of the La Grande Commercial Club, requesting the following improvements: 


1. Odling of the Union-Medical Springs Highway 

2. ‘Improvement of the Hilgard-Starkey Secondary Highway 
and the extension of the same as a secondary state 
highway to the Umatilla County line 

3. Improvement to the Wallowa Lake Highway between Elgin 
and Minam, particularly the Minam Hill Section 


The Commission took these requests under advisement. 


The Engineer requested authority to substitute certein oiling proj- 
ects for the Lombard-Killingsworth paving project which was approved by the 
Commission at its meeting on August 17 for contracting in the fall of 1939 or 
the spring of 1940, as a state project, it having been determined that this 
project is eligible for the federal aid program and should be financed with 
federal funds. He advised that the transfer of this job to the federal aid 
program will release $110,000 of state money for other projects in the state 
oiling program, and suggested the following: 


County Highway Section and Kind of Work Amount 


Division 2 


Tillamook Wilson River Jordan Creek-McNamers - 10 Miles $25,000 
Surfacing and Oiling 


Division 3 
Dexter-Duval Creek - 15 Miles 
Surfacing and Oiling 


Division 4 
Deschutes Sisters Section, Drainage, Sur- 2,000 
facing and Oiling 


Division 5 
Missouri Flat-Miles Bridge - 8 Miles 
Surfacing and Oiling 15,000 


Union-Catherine Creek - 10 Miles 
Surfacing and Oiling 15,000 


The Commission approved such substitution of projects, 4s recommend- 
ed by the Engineer. 


The Commission authorized an expenditure of $50 as the sponsor's 
contribution in connection with the manufacture of furniture for use in the 
concession building at Silver Creek Falls State Park. 


The Commission discussed briefly the matter of the use of the ocean 
beach at Seaside as an airplane landing field, it having been reported that 
this particular beach is being so used continually. The Assistant Attorney re- 
ported that a portion of the ocean beach at Seaside is owned by the city and 

is without the jurisdiction of the State Highway Commission, this being one of 
the few places on the Oregon Coast line where such a condition obtains. He 

was instructed by the Commission to ascertain definitely if the area that is 
now being used as a landing field at this place is within the limits of the 
city-owned property and to report his findings in the event such area is under 
state jurisdiction, in which case the Commission will take adtion on the matter. 


The question of whether or not to permit the transportation of logs 
over the Wolf Creek Highway, involving the use of the detour road which passes 
under the approach to the Nehalem River Bridge, had the attention of the Com- 
mission. The Engineer explained that this bridge is now under construction and 
pending completion of same all of the Wolf Creek Highway traffic is required to 
use the detour, which contains a very sharp curve at the bridge end where the 
sight distance is very short. He gave as his thought that the transportation 
of logs around this curve should be prohibited in the interests of safety to 
other traffic, and that if log hauling is allowed under the bridge at all it 
should be limited to loads that originate along the old county road which 
crosses the highway at a point under the bridge approach where there is a 
clear view in each direction. He recommended adoption of such a ruling, to be 
effective until other arrangements can be made for the hauling of logs 
around the curve with safety. The Commission approved the recommendation 
unanimously. In this connection the Engineer reported on the feasibility of 
constructing a connecting road between the highway and the detour road, entire- 
ly on the north side of the highway. He estimated the cost of such connection 
at $30,000, which amount he declared prohibitive. He suggested in lieu there- 
of the widening of the curve on the present road, which would cost only a nomi- 
nal amount and would permit the hauling of logs under the bridge structure with- 
out undue hazard to other traffic, particularly if flagmen are maintained dur- 
ing the time logging operations are under way. The Commission approved the 
suggestion and authorized the widening work to be done with state forces. 


A letter was presented from Mr. J. M. Adams, Superintendent of 
Schools, Powers, Oregon, requesting the oiling of the Powars Secondary Highway 
between Myrtle Point and Powers. The Commission denie@ the request for the 
time being on account of lack of funds with which to finance the work. 


A letter was presented from County Judge U. G. Couch, Union County, 
requesting the following improvements at the earliest possible time: 


1. Odling, Union-Medical Springs Secondary Highway 

2. Additional improvemant to the Cove Secondary Highway 

3. Additional imprevements to the North Powder-North 
Powder River County Road 


He also asked that the Starkey Secondary Highway be extended from its present 
terminus westerly to Ukiah, in Umatilla County. 
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owne Block "A" of this subdivision, which fronts on the highway just south of 
the Depoe Bay Bridge, but they are asking $15,000 for this tract because, they 
allege, it is worth that amount as a hotel site, so it does not seem likely 
that it could be acquired at a reasonable figure for parking space for auto- 
mobiles. Furthermore, the expense is hardly justified in view of the fact 
that it is such a small area and will not accommodate many cars. 


In the discussion of this matter it was pointed out that the traffic 
congestion problem at Depoe Bay is serious and that a parking area for auto- 
mobiles is a necessity. The Commission stated that it wants a parking place 
for automobiles as close to the highway bridge as possible. The suggestion 
was made that perhaps a certain 10-acre site about one-quarter mile north of 
the bridge would be satisfactory. The Commission instructed the Attorney to 
secure an option for the purchase of this tract if, in his estimation, it is 
the best one available for the purpose intended. 


Purchase of timber tracts from the Louis Hill interests at Sisters:- 
The Commission by unanimous vote approved the purchase of this timber tract, 
which is located near the intersection of the McKenzie Highway with the Bend- 
Sisters Highway at the east city limits of Sisters, at the rate of $4.00 per 
M., or a total of $1,532.00, based on the timber cruise made by the cruiser em- 
ployed by the Hill interests. 


Request of Roman Kintz to secure a connection from the state-owned 
power line at the Silver Creek Falls State Park:- The Parks Superintendent 
advised that the Government has just completed this power line to serve the 
south section of the state park and that it. was intended for state use only, 
but Mr. Kintz, who operates a soft-drink establishment at the entrance to the 
park, wishes a connection thereto. He gave as his thought, in view of the 
fact that the Commission has an established policy which will not permit the 
use of state-owned facilities by private individuals, that the request should 
be denied. The Commission concurrea in the Parks Superintendent's viewpoint 
and thereupon denied the request. 


In connection with this matter, the Assistant Attorney presented the 
claim of Fred A. Williams, Attorney at Law, Salem, Oregon, in behalf of his 
client, Roman Kintz, to the effect that 4 lease which his client had entered 
into with Fred Volz authorized an extension of five years after June 24, 1941. 
He advised that it was the opinion of the Legal Department that the lease con- 
tained no such provision, and, acting upon this advice, the Commission decided 
to refuse to recognize any extension of the lease. 


County Commissioners H. B. Roadman and J. Ross Hutchinson, of Doug- 
las County. came before the Commission at this time and urged the extension 
of the Territorial Secondary Highway from its present terminus at the Lane- 
Douglas County Line southerly to a connection with the Pacific Highway at a 
point near Anlauf, a distance of about 5 miles. Mr. Roadman stated that Doug- 
las County has rebuilt this section to state secondary highway standards and 
gave as his understanding that the State Highway Commission would designate 
this a sectondary state highway when the county work was completed. Hr. 
Hutchinson confirmed Mr. Roadmin's statement. The Commission took the matter 
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The Engineer reported that in accordance with authority previously 
granted him by the Commission he awarded to Morrison-Knudsen Company, Boise, 
Idaho, on August 22, 1939, the contract for the construction of the East Unit, 
Troutdale-Corbett Section, and Bridal Veil-Benson Park Section of the Columbia 
River Highway, in Multnomah County, bids for which were taken by the Commis- 
sion on July 27, 1939, the conditions of the award having been satisfied. The 
Commission by unanimous vote approved the award of this contract. 


The State Parks Superintendent, S. H. Boardman, was present and re- 
ported on the following park matters: 


Offer of Mr. and Mrs. Drew Barnum, The Dalles, to donate property 
for a state park adjacent to The Dalles-California Highway:- The Parks Super- 
intendent advised that Mr. and Mrs. Barnum wish to present to the state, as a 
gift, a tract containing 7 acres situate adjacent to The Dalles-California 
Highway at a point about 6 miles south of the Columbia River Highway, in Wasco 
County. He recommended acceptance of the gift and that it be named Barnum 
Park in honor of the donors. The Commission approved the recommendation unani- 
mously and ordered that an appropriate letter of thanks be sent to Mr. and Mrs. 
Barnum. 


Complaint of Union Pacific Old Timers Club in regard to conditions 
in Emigrant Springs Park:- The Parks Superintendent advised that the Union 
Pacific Old Timers Club held a picnic in Emigrant Springs Park some time ago, 
which was attended by about 1,500 members, and in addition there were present 
in the park on that day about 4,000 others, making a total of over 5,000 peo- 
ple. He advised that this park has not been developed to handle such 4 crowd 
and gave as his thought, in view thereof, that the Ola Timers Club has no 
cause for complaint. The Commission agreed with the Parks Superintendent and 
left it with Commissioner Aldrich to explain to the officers of the club. 


Purchase of addition to Umpqua Lighthouse State Park, in Douglas 
County:- The Parks Superintendent advised that the Commission some time ago 
acquired from the Federal Government, by means of a revokable license, 110 
acres of land in this lighthouse reserve, which were to be used as a state 
park, the thought being at that time that Congress would authorize the deeding 
of the area to the state upon payment of the sum of 4450. However, when Con- 
gress finally took action on the matter and authorized the sale, it increased 
the consideration to be paid from $450 to $1,000. He recommended purchase of 
the property at such figure on account of its desirability as an addition to 
the present state park. The Commission approved the recommendation unaninous- 
ly. 


Parking area adjacent to the Oregon Coast Highway at Depoe Bay:- 
The Parks Superintendent advised that he has investigated the parking strip 
heretofore dedicated for public use by the Sunset Investment Company along the 
ocean front on the south side of Depoe Bay and finds in reality that the state 
already owns the property, it being situate at the edge of the bluff below the 
highwater line, so there is no particular necessity to secure @ deed from the 
county, although the County Court has stated its willingness to deed this area 
to the state, if necessary. The Sunset Investment Company, he said, still 
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At 4:00 o'clock p. m. Chairman Cabell announced the following awards 
of contracts for highway construction projects and ferry service, bids for 
which were taken at the morning session, such awards having been previously 
approved by the Commission by unanimous vote: 


"Smith Point-Youngs Bay Bridge Section of the Oregon Coast High- 
way, in Clatsop County. 1.66 miles roadside improvement. The low 
bid received for this project was that of D. L. Ashton, Lebanon, at 
$4,920.00. The next low and only other bid was that of George F. 
Anderson, Astoria, at $10,440.00. The Commission awards this con- 
tract to the low bidder, D. L. Ashton, at his bid of $4,920.00. 


"Jewell-Banzer Bridge Section of the Nehalem Secondary Highway, 
in Clatsop and Columbia Counties. 12.5 miles surfacing and oiling, 
also furnish 5,200 cu. yds. crushed rock in stock piles and at bunk- 
ers. 0. C. Yocom, of Willamina, was the low bidder on this project 
with his bid of $63,746.00, using asphalt, and $63,234.00, using 
tar. A. S. Wallace, Roseburg, was the next low bidder on this proj- 
ect, with his bid of $64,098.00. He submitted no bid using asphalt. 
There were 9 higher bidders. The Commission awards this contract to 
QO. C. Yocom at his low bid of $63,234.00, using tar. 


"North Roseburg Section of the Pacific Highway, in Douglas 
County. 0.74 mile. roadside improvement. D. L. Ashton, Lebanon, 
submitted the low bid of $4,592.25 for this project. The only other 
bidder was Blair T. Alderman, Eugene, who bid $5,693.95. This con- 
tract is awarded to D. L. Ashton, the low bidder, at his bid of 
$4,592.25. 


"North Unit, Siskiyou-Bear Canyon Section of the Pacific 
Highway, in Jackson County. 1.01 miles grading. The low bid re- 
ceived was that of Roy L. Houck, Salem, at $78,607.75. The next low 
bid received on this project was that of Colonial Construction Com- 
pany, Spokane, Washington, at $79,752.00. There were 8 higher bid- 
ders. The Commission awards this contract to the low bidder, Roy 
L. Houck, at his bid of $78,607.75. 


"South Unit, Siskiyou-Bear Canyon Section of the Pacific 
Highway, in Jackson County. 1.4 miles grading. Roy L. Houck, Sa- 
lem, submitted the low bid on this project with his bid of 
$136,421.50. Leonard & Slate, Multnomah, submitted the next low 
bid at $144,264.00. There were $ higher bidders. This contract is 
awarded 41 the low bidder, Roy L. Houck, at his bid of $136,421.50. 


"Owyhee River-Tudor Ranch Section of the 1.0.N. Secondary 
Highway, in Malheur County. 18.07 miles grading and él din. ft. 
pile trestle bridge. The low bid received on this project was that 
of M. L. O'Neil & Son, Eugene, at $97,325.75. The naxt low bid was 
that of Leonard & Slate, Multnomah, at $104,332.00. There were 2 
higher bidders. The Commission awards this contract to M. L. O'Neil 
& Son at their low bid of £97,325.75. 
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under advisement. (A resolution designating this secondary state highway was 
adopted later in the session.) 


Mr. Hutchinson also asked for the oiling of the Elkton-Sutherlin Sec- 
ondary State Highway and the Tiller-Trail Secondary Highway between Canyon- 
ville and Days Creek, which request was taken under advisement by the Commis- 
sion. 


A delegation from Nyssa, representing the Chamber of Commerce and 
consisting of Frank Morgan, Secretary; Dr. J. J. Sarazin; E. B. Norcott; May- 
or R. A. Thompson; Bernard Frost, rresident of the Chamber of Commerce; and 
Berwyn Berke, Editor of the Gate City Journal, came before the Commission in 
regard to the proposed railroad grade separation project in Nyssa. Mr. Mor- 
gan headed the group. He urged the Commission to construct this project at 
the earliest possible time and advised that the Union Pacific Railroad Company 
ey th has assured them that it will build a new depot in Nyssa as soon as the Highway 
n Commission constructs the underpass. He further advised that Nyssa is a grow- 
Bey ing community and that a number of new industries are contemplated there, but 


fig! are being held up wntil the matter of the underpass is definitely settled, be~ 
ES cause the prospective investors want to make certain that their developments 
; t are in conformance with the highway improvement. He also urged haste in build- 
ae ing the underpass in order to relieve traffic congestion that now obtains on 

wa account of the Nyssa sugar factory, which, he said, is one of the largest in- 
Lh dustries in Eastern Gregon. He explained that there is heavy traffic to and 
Boo from the sugar factory, all of which must cross over the main line of the 


=i O.W.R.R.& N. Company's tracks, and accidents frequently occur, some of which 
: have been fatal. 


The Engineer advised that the survey for this project has already 
been made and that the next step in the procedure is to secure options for the 
right of way. He recommended the project highly for the next railroad grade 
separation program, provided right of way can be obtained at reasonable cost, 
7 and that the Commission does not have to pay an exorbitant sum for damages on 
: account of change in grade of city streets. This matter was discussed at con- 
siderable length, with the result that the Commission, by unanimous vote, au- 
thorized the securing of options for the right of wey and submission to the 
city council of resolutions with respect to street grade changes. The Assist- 
ant Attorney was instructed to assign a right of way agent to this project as 
soon as possible. 


cae 
ras 


The delegation then discussed with the Commission matters pertaining 
to the designation of U. S. Highway 30 North and U. S. Highway 30 South. They 
advised that under the present system of highway signing people become con- 

t fused and go many miles out of their way before they realize that they are on 
the wrong road. They presented a plan to remedy this situation, which the Com- 
i mission referred to the Engineer for thorough investigation,and report at the 
meeting on September 28, 1939. The matter is to be discussed at the Annual 
Meeting of the American Association of State Highway Officials which is to be 
+ |e held in October. 
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Mr. Roger Mything, District Sales Manager of the Oregon Culvert and 
Pipe Company, Portland, came before the Commission and urged careful investiga- 
tion and study of the effects that the specifying of the use of creosoted tin- 
ber pipe culverts, as an alternate for concrete and corrugated metal pipes in 
state highway construction would have on the pipe manufacturing industry in 
the State of Oregon, before the Commission takes any definite action with re- 
spect to such specification. He said that he represents both the concrete 
and metal pipe industries and that twenty plants are now operating in the 
state in the manufacture of such type of pipe, whereas there is only one plant 
in the State of Oregon that is authorized to manufacture timber pipe. It was 
his contention, in view of the circumstances, that it would be unfair to in- 
clude the timber pipe in competition with concrete and metal and urged the 
Commission to give the matter very careful consideration before it makes its 
final decision. The Mngineer advised that timber pipe as now manufactured 
compares favorably with concrete and metal pipe as to strength, and, from an 
engineering standpoint, he could see no reason why the timber pipe should not 
be included as an alternate, the question being simply one of policy to be 
established by the Commission. 


Chairman Cabell advised that moneys available to the Commission for 
highway construction are furnished by the motorists, who expect the Commission 
to spend this money in a manner that will benefit the public to the greatest 
extent, including the saving of funds in so far as possible. He agreed with 
Mr. Mything that the matter should be given considerable study and invest iga- 
tion before a definite decision is rendered. After further discussion, the 
Engineer was instructed to make a thorough investigation and report back to 


the Commission. 


Messrs. W. R. Shaw and George M. Brookbank, Portland, wre present 
in regard to furnishing the State of Oregon a relief map. The Engineer ad- 
vised that, as previously instructed by the Commission, he made inquiry of Mr. 
Lewis A. McArthur, President of the Oregon Geographic Board, as to whether or 
not a relief map constructed on the basis of information available at this 
time would become obsolete within a comparatively short time by reason of ad- 
ditional topographic surveys throughout the state, and that Mr. McArthur ad- 
vises that a good map can be prepared now and will be correct for a long time 
to come. He said that he would like to have such a map in his office because 
of its value from an engineering standpoint, provided other state departments 
could be prevailed upon to join in the cost of same. Mr. Shaw estimated the 
cost of the base map at $3,800 and the cost of castings from the original at 
$400 to $700, depending upon the amount of lettering required on them. After 
considerable discussion the Commission authorized an expenditure of $1,500 
toward the cost of the original base map. Mr. Shaw was advised that such 
amount is the maximum that the Highway Commission will contribute and that it 
would be up to him to secure the necessary balance from other sources. The 
Engineer was instructed to prepare specifications for the map and submit the 
same for approval to the Commission at the next meeting. The entire arrange- 
ment is to be covered by appropriate agreement between Mr. Shaw and the Com- 
mission. 


The Assistant Attorney reported the status of the 1939 right of way 
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“Bridges over West Fork Dairy Creek and Nehalem River on the 
Wolf Creek Highway, in Washington County. Construction of concrete 
bridge 182 feet long and 2 composite pile trestles, totaling 194 
feet in length. The low bid received for this project was that of 
J. F. Johnston, Newberg, at $27,563.25. The next low bid was that 
of Averill & Corbin, Portland, at $27,749.00. There were 9 higher 
bidders. The Commission awards this contract to the low bidder, 
J. F. Jomston, at his bid of $27,563.25. 


"Glenw»0d Undercrossing on the Wilson River Highway, in Wash- 
ington County. Furnish and deliver structural steel only for 85- 
ft. steel deck girder span. Minneapolies-Moline Power Implement Com- 
peny, Los Angeles, California, submitted the low bid of $4,067.20 
for this project. Poole & McGonigle, Portland, submitted the next 
low bid at $4,264.00. There was one higher bidder. This contract 
is awarded to the Minneapolis-Moline Power Implement Company at its 
low bid of $4,067.20. 


"Furnish ferry service at Enegren Crossing of the Coos River, 
on the Coos River Secondary Highway, in Coos County. Andrew Stam- 
buck, Marshfield, was the low bidder for this ferry service at his 
bid of $734.62 per month for 18-hour service and $784.60 per month 
for 20-hour service. Leonard & Slate, Multnomah, submitted the 
only other bid. They bid $1,000.00 per month for 18-hour service 
and $1,080.00 per month for 20-hour service. This contract is 
awarded to Andrew Stambuck, the low bidder, at his bid of $784.60 
for furnishing 20-hour service. 


"Move and re-establish school building and play shed in the 
vicinity of Manning, Washington County. The low bid received for 
this project is that of Odom Construction Company, Oregon City, at 
$4,820.00. The next low bid is that of Caufield & Savage, Tilla- 
mook, at $6,618.00. There was only one higher bidder. The award 
of this contract will be held until tomorrow pending certain in- 
vestigations by the Commission in connection with right of way mat- 
ters. 


"Sale of scrap materials at Salem, LaGrande, Klamath Falls and 
Coquille shops of the Commission. The tabulation of bids received 
for the purchase of these materials requires further investigation, 
so they are all referred to the Engineer with power to award the 
sale to the high bidder in each instance, after the high bidder has 
been definitely determined." 


The Commission adjourned at 4:45 o'clock p. m. to reconvene at 8:30 


o'clock p. m. in the Benson Hotel for disposition of accumulated routine mat- 
ters. 


The State Highway Commission reconvened at 8:30 o'clock p. m. in 


Room 1205, Benson Hotel, all Commissioners being present and participating. 
Also present were the State Highway Mngineer, the Assistant Attorney, and the 


Secretary. 
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| Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


— $150 per a. + $178 McChesney 


n—-Dcappoose SEC TO} 
7166-Freeman, Robert Roy ik 3 
Pit,Channel Change 


7163-O'Connor, Emma R/W 0.10 $200 per a. + $20 " 
T6,-Miller, Howard " 0.07 $200 per a.t $253 + 
moving bldg, (Est. 
$450) sg 
7165-Wodecki, Waclow et al " 0.04 $200 per «. + $6.60 . 
7169A-Wikstrom, C. E. ° 0.04 $200 per a.t+ low bid 
for filling front yard, 
seeding lawn, making 
walk " 
lph = t 
7237-Edmunds, Ernest D. Quarry 1.02 Perpetual Easement - 
3é cu. yd. Parker 
- Pa Highway We 
6928-Tigard, H. B. — sq.ft. 8¢ sq.ft.+ $225 Collins 
6969-Vincent, Hannah - 82 sq.ft. $5 Lump Sum ° 
6973-Nesh, C. F. " 0.52 $1500 per a.t $422 n 
6995-Blanke, Karl A. e 3200 sq.ft. 4f sq.ft.+ $547 " 
" 


7005-Methodist Church 20000 sq.ft. 84 sq.ft.+ exchange by 
state of 40,000 sq.ft. 
(cost $2000) & 


moving 
bldgs.(Est'd at $3500) " 


ew - wa, 
7110-First Nat'l Bank Portland 


(and Carl Gammon) R/w 3000 sq.ft. $300 Lump Sum Benson 
7116-Miller, Perry A. " 8675 sq.ft. $150 Lump Sum ® 
7106-Marr, E. U. " 0.346 $300 per a.+ $396.20 " 
7125-white, Jesse G. Easement for 

Detour Road 0.05 $12.50 Lump Sum " 
7111-School District No. 3 3000 sq.ft. Gratis ® 


Slope Easement 


acif 
5'720-Knox, G. i 7) & — Easen't 132 sa. Bes Land Gratis, + 920 Gardiner 


5839-Prestie, Peter " " RB2 " " " + £12.50 " 


5718-Gilbert, W. E. " " © 264 " * " " + 460.50 " 
7189-Gilbert, Anna s." " " 198 " " " n + $48 " 
5675<Albeny Door Co. " " » 92 8 © Gratis " 
5837-Graber, Carson " " " 726 " " Land Gratis, + $15 " 
5838-Winterstein, Johana " " gee." 8 mo + $15 

7187-Hackleman, Lena " " 396 n of " n + $100 " 
T188-Worley, Mary %." " * i938" " ® " + $26.60 * 
5829-Elkins,Edith E." " " 750 " © 5¢€ sq.ft. + $90 n 
6394-Childs & Eagles R/s 151,550 " " 1é¢ sq.ft. + $600 " 
6393-Childs & Eagles " 20,397 " " 13¢ sq.ft. " 


ERS RS oe See: 


budget. He advised that the Commission budgeted $600,000 for right of way pur- 
chases this year and up to the present time approximately $550,000 has been 
obligated. Present indications, he said, are that right of way expenditures 
this year will not exceed the budgeted amount. The Commission approved the 
report. 


The Assistant Attorney requested authority to acquire certain par- 
cels of real property that are needed for various highway improvements through- 
out the state. He submitted a list of such properties together with prices 
that he recommended be paid for each. After careful consideration, the Com- 
mission approved the request and by unanimous vote adopted the following reso- 
lution in regard thereto: 


WHEREAS, in connection with the further improvement of the 
highways hereinafter designated, it is and has been necessary to ac- 
quire property for right of way, quarry sites, gravel or other ma~ 
terial sites, or sites for the storage of materials, as hereinafter 
more definitely set forth; and 


WHEREAS, as a result of negotiations carried on with the 
ot .ers of the property required, options have been obtained, which 
options have been considered by the Commission, outlining the bases 
of settlement which have been agreed upon; and 


WHEREAS, it is the judgment of the Commission that the 
said options should be approved and accepted, and/or the said reports 
be declared acceptable to the State Highway Commission as bases of 
settlement for the properties involved, and that the acquisition of 
the properties should be completed: 


NOW, THEREFORE, BE IT RESOLVED that the several offers, or 
bases of settlement hereinafter enumerated be, and the same hereby 
are, approved and accepted, and that the Attorney for the State High- 
way Commission be, and he hereby is instructed to complete the ac- 
quisition of the said properties and to take title thereto in the 
name of the State of Oregon. The said properties hereby ordered and 
authorized to be acquired are as follows: 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


e j - reek 
70i4-~Crown-Zellerbach Cor- Park 10.83 $100 per a. Parker 
poration 


e Secti - Wolf Creek we 
2072-Inman-Poulsen Lumber Co. W hed Gratis Gardiner 


— WO Stre ion -— N dH 
6056-Decker, Beatrice R 54 sq.ft. sq.ft. plus moving 
(Correction) building. (Est'd cost 
$915.96) Parker 
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Section, Hwy., and Owner Approximate Amounts Agent 


n-parnes 


Berger hanc. Nos iCtiLon +e i nwa y 
5201-Siegenthaler ; $225 per a. + $3125 Collins 


Emigrant Creek 


SUM »€ , = ~ 2 POoWay 
7223-Willians 0. D. ; Land + é 
. Grable, 9908 callister 


The Commission had under discussion the bids received at the morning 
session for the moving of the school building at Manning, and decided unani- 
mously to award this contract to the Odom Construction Company, which submit- 
ted the low bid therefor, public announcement of such award to be made on the 
following day. In view of this decision, the Commission approved an agree- 
ment with the Manning School District with reference to the moving of the 
school building, and an agreement with the Manning Social Club providing for 
the use of its elub rooms for school purposes pending re-establishment of the 
school building on the new site. 


The Commission authorized the Engineer to sign a lease agreement, as 
its agent, for the acquisition of a gravel pit on the Umatilla Indian Reserva- 
tion, which pit is to be used in connection with the surfacing of the State 
Farm-Adams Section of the Oregon-Washington Highway. 


The Commission also authorized the Engineer to sign a lease agree- 
ment, as its agent, providing for the acquisition of a stock pile site on 
property owned by the Siletz Indian Reservation near Roads End, in Lincoln 
County. 


The Commission had under discussion the adoption of a policy with 
respect to the construction of right of way fences along sections of state 
highways that have been acquired by county court resolutions, and decided unan- 
imously not to assume any responsibility for fence construction along sections 
so acquired. 


The Commission considered and referred to the State Parks Superin- 
tendent for report a letter from John Plebuch, Willamima, with respect to the 
establishment of a state park adjacent to the Columbia River Highway at a 
place known as Little Jack Falls. 


The Engineer reported that fire recently destroyed the buildings 
that were being used by highway department maintenance forces at Madras, and 
that he has been wable to rent suitable quarters elsewhere in that tom. He 
suggested that it would be advisable for the Highway Department to own its ow 
maintenance buildings at this place, and requested authority to acquire a site 
from Jefferson County at a cost of about $440. The Commission by unanimous 
vote authorized the acquisition of such site, which is described as Lots 1, 2, 
3, 4y 5, 6, 12, 13, 14, 15, 16, 17, and 18, of Block 1, First Addition to Pal- 
main, Madras. 


The Commission discussed the request of G. W. Engeman and Glen Peck, 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Weldport-Scott Creek Section - Alsea Highway 
715l-Arnold, Harry L. Borrow Pit 0.12 $15 Lump Sum Parker 
R/W 0.30 $50 Lump Sum " 


6598-Smith, Andrew Heirs Stock Pile 2-yr.Lease at $25 per yr. 
(Indian) plus $1.00 DeSouza 
” if 
7185-Berger, Fred W. 77 11321 sq.ft. 5¢ sq.ft. + $50 + mov- 
(H. A. Guertler) ing bldgs, (Est.$225) 
McCallister 
7174-Guertler, H. A. " 8570 sq.ft. 5¢ sq.ft. + $71.50 + 
moving bldg. (Est.§600)" 
7140-Shaw, S. R. " 10633 sq.ft. 2¢ sq.ft. + $100 + mov- 
ing bldgs.(Est.$350) " 
e Po on - Cra ke 
7228-Thorndike, Eugene and 
Olsen, Harry RA 1.21 $100 per a.+ $42.50 + 
fencing McCallister 
7229-—Matthews, G. B. " 0.98 $100 per a. + $234 " 
7227-Matthews, Raleigh R/W & Easement 0.39 $100 per a. + $136 n 
hepatiate Bios fertien~ Seitic Hise 
7183-Norris, tim. B. W 36.43 approx.$19 per «.,+ $10,300 " 
7183-Highway Communities Corp. " Acquisition by state of air beacon 
Ltd. and leases for same, $2400.65 DeSouza 
7182-Russell, Eleanor ” 9.73 $750 Lump Sum McCallister 
7184-School District No. 38, ® 500 sq.ft. Gratis 
Jackson County 
r d on — McK 
7-Hill, Louis W. Park 41.38 Land Gratis,+ $1532 Parker 
la S on — Oregon 
6871-Norton, Bertha May-Slope Easement 0.08 $1.00Lump Sum Parker 
6872-Glausen, Alton H. and 
Clausen, Lester K. " a 1.85 Land $100, + $100 bd 
(Federal Land Bank) 
—A - Oregon-Wa Highwa 
71978-Carter, Eva Shippentower Gravel 3.49 3-yr.Lease $50, + $1 Wells 
5888-Sloan, Thomas R/W 405 sq.ft. 10¢ sq.ft. $709.50 Parker 
' Bu a 0 i. h 
lier, S. F. W 5.65 $6 per a.t+fencing, Wells 
$151.50 


6911-Strawn ,Dr.Julia C. " 2.66 $6 per a. + $72 . 
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this metter the question arose as to the ownership of the property on which 
the building is located. In view thereof, the Commission deferred its decision 
and referred the matter to the Attorney for investigation and report at the 
September 28th meeting of the Commission. 


The Commission considered and ordered paid the claim of the City of 
Sheridan, in the amount of $15, for services rendered by the city's fire de- 
partment in extinguishing a fire on a state highway department truck, near Val- 
ley Junction, on August 2, 1939. 


A letter was presented from Mr. Forrest Cooper, ecretary of the 
Lakeview Chamber of Commerce, requesting the loan of the services of Mr. Ralph 
Gifford, highway department photographer, for a short period of time, to se- 
cure some pictures of scenes along the Fremont Highway, which are to be used 
as an exhibit before the California State Mighway Commission with a presenta- 
tion for the improvement of the Fremont Highway extension into the State of 
California. The Commission approved the request unanimously. 


The Commission had under discussion a controversy with the Richfield 
0il Company with respect to the price which is to be paid by the state for ser- 
vice station delivery of gasoline. The Engineer advised that the State Board 
of Control entered into a contract with the Richfield Oil Company for the fur- 
nishing of gasoline to be used in state-owned equipment, which contract pro- 
vided a certain price for tank wagon deliveries and another price for service 
station deliveries. Further, that since the contract was executed the Rich- 
field O11 Company, in accordance with one of the provisions of the contract, 
reduced tank wagon deliveries 1 cent per gallon but did not reduce the unit 
price of service station deliveries. He gave as his thought that the reduc- 
tion by the company of 1 cent per gallon for tank wagon deliveries automati- 
cally reduces the contract price an equal amount for service station deliver- 
ies, which is contrary to the contention of the Richfield Oil Company. He 
pointed out that both the original contract and the modified agreement were 
executed by the Secretary of the Board of Control, but there is a question 
whether or not such secretary had the power to bind the Board, and particular- 
ly to execute the modification agreement, in view of the fact that such modi- 
fication was accepted on June 19, 1939, five days after the new highway code 
adopted by the 1939 Legislature went into effect. The Commission discussed 
this matter at some length and referred it to Chairman Cabell with power to 
act. 


The Commission had under discussion a letter from W. H. Lynch, Dis- 
trict Engineer, Public Roads Administration, relative to snow removal opera- 
tions on the Santiam and North Santiam Highways during the coming winter. Mr. 
Lynch advised that snow removal operations during the winter of 1938-1939 on 
these highways cost a total of $17,138, of which amount $8,531 was paid by the 
state for operations on the Santiam Highway; $1,027 was paid by Marion County 
on the North Santism Highway; and $7,580 was paid by the Public Roads Adminis- 
tration on the North Santiam Highway. He inquired as to the adoption of 4 
policy with respect to snow removal on these roads during the coming winter anc 
in the future, in view of the costs, whch appear to he rather excessive, con- 
sidering the small amount of traffic that would be benefited thereby. He 


at a a 
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Foster, Oregon, that they be permitted to maintain a small building on the 
right of way of the South Santiam Highway, about one-half mile east of Tomb~ 
stone Summit, during the coming winter and up to July 31, 1940. The Engineer 
advised that the building referred to is 18! x 20' in dimension and is not yet 
completed; further, that due to a misunderstanding the owners inadvertently 
placed it on the highway right of way but stopped construction activities when 
notified that they were building it on state property. He further stated that 
the owners would like to complete the building and operate it during the pres- 
ent winter, with the understanding that they will prepare a new site and move 
the building back outside of the 100-foot right of way as soon as snow condi- 
tions will permit next spring. The Commission decided, in view of its estab- 
lished policy, which will not permit encroachments upon highway rights of way, 
not to grant the permission requested, and instructed the Ingineer to order 
the removal of the building at once. 


The Engineer reported receipt of a communication from the State 

Parks Superintendent to the effect that he has no objections to the sale to 
the West Coast Power Company of a small portion of the state park located at 
the north end of the Coos Bay Bridge, inasmuch as it will not interfere with 
the use or development of the park. He also reported receipt of a communica~ 
tion from the Attorney recommending a nominal clarge for this property, $15 
or $20, in the event the Commission elects to sell it. In view of the report, 
the Commission decided unanimously to sell the parcel, which is 40' x 40" in 
dimension, for the sum of $15.00. 


The Commission had under discussion an agreement with the Miami Cor- 
poration providing a method of payment for timber strips recently acquired 
from this corporation, adjacent to the Salmon River Highway. The Commission 
approved the method of settlement, with the understanding that vouchers cover- 
ing the second and third payments shall neither be retained by the corporation 
nor presented to the Secretary of State until the amounts represented thereby 
are due and payable. (Agreement was signed on the following day.) 


The Assistant Attorney reported the need to make certain repairs, 
particularly repairs to the plumbing facilities, in one of the houses owned 
by the Commission at Pendleton, which house is now being rented to private 
parties. The Commission arproved the repairs and ordered that the expense be 
shown on the Highway Devertnent's books in such way thut no misunderstanding 
or confusion will develop later in regard thereto. 


The Commission had under discussion the matter of ordering the re- 
moval of the building from the state highway right of way at the intersection 
of Union Avenue and Denver Avenue, Portland. The Ingineer advised that the 
building referred to is a Standard Oil Company service station and that it.en- 
croaches upon Denver Avenue (Pacific Highway West) fora distance of approxi~ 
mately 20 feet, which cannot be permitted under the Commission's established 
policy. He further advised that no effort has been made heretofore to elimin- 
ate this encroachment because of the proposed construction of a grade separa- 
tion structure or traffic circle at this point. He recommended that appro- 
priate action be taken to remove the building now because it does not appear 
that the traffic circé will be built for a long time. In the discussion of 


CENTRAL OREGON HIGHWAY 
BUCHANAN-JUNTURA SECTION - GRADING, SURFACING, OILING 


a: Milne 

Levnard & Slate 

Warren Northwest, Inc. 

Diesel O11 Sales Company 

Norris Bros. 

Morrison-Knudsen Company 

McNutt Bros. 

Hoops Construction Company 

Babler Bros, 

Dodge Construction Company 

Newport Construction Company 

Whites Trucking Company 

Max J. Kuney 

Homer G. Johnson 

E. C. Hall Company 

Roy L. Bair 

Jacobsen-Jensen Company 

Tony Marrazzo 

C. J. Eldon 
CRATER LAKE HIGHWaY 

EaGLE POINT-HOG CREEK SECTION 

REGRADING, PAVING 

R. I. Stuart & Son 

The United Contracting Company 

McNutt Bros. 


- OREGON-WASHINGTON HIGHWAY 
STATE FARM-ADAMS SECTION — GRaDING 


Roy L. Houck 
Clifton & Applegate 
Dan J. Cavanagh 
Roy L. Bair 
M. L. O'Neil & Son 
Newport Construction Company 
Leonard & Slate 
Jacobsen-Jensen Company 
McNutt Bros. 
Whites Trucking Company 
Frank Penepacker 
Colonial Construction Company 
Homer G. Johnson 
Max J. Kuney 
OLD OREGON TRAIL 
WEST UNIT, STANFIELD-PENDLETON HILL SECTION 
ROADSIDE IMPROVEMENT 
River Bend Sand & Gravel Co. 
J. Chas. Thonney 


$126,034.00 
128, 395.50 
134,354.50 
134,523.80 
134,551.00 
134,934.50 
137,580.50 
137, 797.50 
138,068.00 
138,947.50 
140,942.00 
142,691.00 
147,371.00 
149,681.55 
150,325.00 
151,046.00 
151,342.00 
154,176.60 
198,250.50 


$ 21,327.00 
25,253.75 
26,932.50 
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advised that if the Public Roads Administration is to undertake a program of 
snow removal during the coming winter it will be necessary for them to pur- 
chase heavy-duty snow-removal equipment from forest highway funds, which would 
of necessity decrease the amount of funds available for forest highway con- 
struction elsewhere in this state. 


The Engineer advised that the grading of the Santiam Highway between 
Cascadia and the North Santiam Highway junction will be completed this fail; 
however, the grade will net be surfaced and will not be in condition to witk- 
stand traffic. He suggested, in view thereof, that the Commission enter into 
an agreement with the Public Roads Administration and the County Court of Mar- 
ion County for snow removal on the Santiam and North Santiam Highway. between 
Suttle Lake and Detroit on the same basis as that on which last year's snow- 
removal operations were carried on. The Commission approved the recommenda- 
tion unanimously and instructed the Pngineer to contact Mr. Lynch and the Mar- 
ion County Court relative thereto and to have the matter covered by appro- 
priate agreement, if the arrangement is satisfactory to all. 


The Commission adjourned at 11:10 o'clock p. m., to reconvene on 
the following morning in the auditorium of the Public Service Building. 


Portland, Oregon, September 1, 1939 


The State Highway Commission reconvened in regular session at 9:00 
o'clock a. m. in the auditorium of the Public Service Building, with all mem- 
bers present and participating. Also present were the State Highway Engineer, 
the Assistant Attorney, and the Secretary. 


Bids as follows for highway construction projects were opened and 
read in conformance with previously published notice, following which Chair- 
man Cabell announced that the award of contracts would be made at 3:30 o'clock 
p. m. in the same room: 


OREGON COAST HIGHWAY 
ARCH CAPE TUNNEL SECTION 
TUNNEL ENLARGEMENT AND TiMBER TUNNEL LINING AND PAVING 


Using Creosote- Using Wolman 
McNutt Bros. $59,036.00 $54,286.00 
A. C. Greenwood Company, Inc. 61,521.00 ---- 
Dolan Construction Company 66,209.00 66,209.00 
Sig Ash 69,079.70 ~-<-- 
Birkemeier & Saremal 69,690.00 70,690.00 
Fuckenberg Construction Company 70,637.60 70,637.60 
COLUMBIA RIVER HIGHWAY 
BRIDGE OVER LANG CANYON 
Denton & Young $ 7,500.00 
Averill & Corbin 7,777.00 
McNutt Bros. 8,961.00 
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advised that if the Public Roads Administration is to undertake a program of 
snow removal during the coming winter it will be necessary for them to pur~ 
chase heavy-duty snow-removal equipment from forest highway funds, which would 
of necessity decrease the amount of funds available for forest highway con- 
struction elsewhere in this state. 


The Engineer advised that the grading of the Santiam Highway between 
Cascadia and the North Santiam Highway junction will be completed this fall; 
however, the grade will not be surfaced and will not be in condition to with- 
stand traffic. He suggested, in view thereof, that the Commission enter into 
an agreement with the Public Roads Administration and the County Court of Mar- 
ion County for snow removal on the Santiam and North Santiam Highways between 
Suttle Lake and Detroit on the same basis as that on which last year's snow- 
removal operations were carried on. The Commission approved the recommenda- 
tion unanimously and instructed the Fngineer to contact Mr. Lynch and the Mar- 
ion County Court relative thereto and to have the matter covered by appro- 
priate agreement, if the arrangement is satisfactory to all. 


The Commission adjourned at 11:10 o'clock p. m., to reconvene on 
the following morning in the auditorium of the Public Service Building. 


Portland, Oregon, September 1, 1939 


The State Highway Commission reconvened in regular session at 9:00 
o'clock a. m. in the auditorium of the Public Service Building, with all mem 
bers present and participating. Also preset were the State Highway Engineer, 
the Assistant Attorney, and the Secretary. 


Bids as follows for highway construction projects were opened and 
read in conformance with previously published notice, following which Chair- 
man Cabell announced that the award of contracts would be made at 3:30 o'clock 
p- m. in the same room: 


OREGON COAST HIGHWAY 
ARCH CAPE TUNNEL SECTION 
TUNNEL ENLARGEMENT AND TIMBER TUNNEL LINING AND PAVING 


Using Creosote- Using Wolman 
McNutt Bros. $59,036.00 $54,286.00 
A, C. Greenwood Company, Inc. 61,521.00 ---- 
Dolan Construction Company 66,209.00 66,209.00 
Sig Ash 69,079.70 or ct 
Birkemeier & Saremal 69,690.00 70,690.00 
Kuckenberg Construction Company 70,637.60 70,637.60 
COLUMBIA RIVER HIGHWAY 
BRIDGE OVER LANG CANYON 
Denton & Young $ 7,500.00 
Averill & Corbin 7, 777.00 
McNutt Bros. 8,961.00 


1959 
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As to the construction of the Dairy project, Chairman Cabell advised 
that this job was one of those that the Commission expected to finance with 
P.WeA. funds, but Congress did not see fit to appropriate additional funcs for 
P.W.A. projects, so, necessarily, the program had to be revised. He added 
that the Commission is endeavoring now to include this project in some other 
program. As to the Klemath Falls-Lakeview Highway, he said that funds have 
been provided to complete the reconstruction of this entire road except a sec- 
tion outside of the forest boundary, which will cost approximately $200,000, 
and this section the Commission contemplates finishing just as fast as money 
can be provided to finance the work. 


Mr. W. H. Lynch, District Engineer, Public Roads Administration, was 
present and conferred with the Commission with regard to the Timberline Forest 
Highway project, @ portion of which is to be constructed this year. He seid 
that on September 8, 1939, he will receive bids for the construction of this 
project but cannot award the contract until an agreement has been reached with 
the state to maintain the road after completion. He pointed out that, if the 
Government maintained this road, it would be necessary to purchase expensive 
snow-removal equipment, which they wish to avoid if possible, and suggested 
that the state cooperate in the snow removal operations under the same ar- 
rangements under which such work was carried on last year. The Commission by 
unanimous vote approved Mr. Lynch's suggestion and thereupon instructed the 
Engineer to work out the details with Mr. Lynch. 


The Commission adjourned at 11:15 o'clock a.m. and reconvened at 
2:00 o'clock p.m. in the same room, with all Commissioners present and partici- 
pating. Also present were the State Highway Engineer, the Assistant Attorney, 
and the Secretary. 


The Commission had under discussion the order of the Federal Works 
Administration abolishing the regional office of the Public Works Administre- 
tion in Portland and transferring such office to San Francisco. It was the 
opinion of the Commission that such change would cause the State Highway De- 
partment serious inconvenience and considerable expense and in view thereof 
the Commission authorized the following telegram sent to the Honorable John M. 
Carmody, Federal Works Administrator, Washington, D. C.: 


THE OREGON STATE HIGHWAY COMMISSION RESPECTFULLY REQUESTS YOUR 
RECONSIDERATION OF THE RECENT ORDER ABOLISHING THE REGIONAL OFFICE 
OF THE PUBLIC WORKS ADMINISTRaTION IN PORTLAND STOP THE HIGHWAY 
DEPARTMENT HAS CARRIED ON PWA PROJECTS IN THE PaST AND HOPEs TO 
CONTINUE IN THE FUTURE STOP THE ABOLISHMENT OF THE PORTLAND OFFICE 
WILL CAUSE THIS DEPARTMENT SERIOUS INCONVENIENCE AND CONSIDERABLE 
EXPENSE STOP WE PRAY YOUR RECONSIDERATION OF THIS ORDER 


The question of permitting certein insurance companies to write group 
accident and health insurance for State Highway Department employees had the 
attention of the Commission. The Engineer advised that applications have been 
received from the Oregon Mutual Life Insurance Company, the California Western 
States Life Insurance Company, and the American National Insurance Company to 
write such insurance, premiums for which would be deducted from the Highway 
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PACIFIC HIGHWAY WEST 
DUNDEE-WEST DAYTON SECTION - GRADING AND PAVING 


Using Asphalt $= Using Tar 
McNutt Bros. $103 , 704.90 $103,978.10 


Jacobsen-Jensen Company ---- 103, 722.47 

Theo. Arenz 106,190.50 106,220.50 

Edlefsen-Weygandt Company ---- 108, 574.30 
\3 + The County Court of Klamath County, represented by County Judge U.E. 


Reeder and County Commissioners William Chase and Jack Benner, also County En- 
gineer Frank Z. Howard, came before the Commission with respect to several 
highway matters. Mr. Howard was spokesman for the group. He gave as their 
understanding that the Highway Commission regularly allocates a certain amount 
of forest highway funds to Klamath County, and urged, now that the Willamette 
Highway and Klamath Falls-Lakeview Highway forest projects are nearing comple- 
tion, that Klamath County's share of such funds be allocated to additional 
forest highways in that county. He suggested the following projects: 
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1. Construction of the Cascade Lakes Forest Highway from its junc- 
tion with the Willamette Highway southerly to Crescent Lake. 


2. Construction of the Forest Highway Section of the West Side Klam- 
ath Lake Secondary Highway, beginning at the southerly end and 
working north. 


He asked that provision be made for these improvements in the 1941 allocation 
of forest highway funds. He also asked for an allocation of federal aid sec- 
ondary highway funds to oil the section of the Poe Valley County Road that was 
graded and surfaced last year. He said that this road is going to pieces and 
needs the oil to preserve it. He also asked the Commission for the construc- 
tion of the Dairy Section of the Klamath Falls-Lakeview Highway. 


Chairman Cabell advised that first consideration must be given by 
the Commission to the completion of the connecting links in existing forest 
highways, such as the Willamette and Santiam Highweys and the highway between 
Crater Lake and Diamond Lake, before commencing new projects, but the Commis- 
sion will be glad to give due consideration to their request at the proper 
time. The Engineer pointed out that the oiling work that is being done on the 
Willamette Highway is of a temporary nature and if it does not hold up will 
have to be rebuilt to better standards, which will take a large share of the 
forest highway funds as they become available. 


Mr. Howard then inguired as to the status of federal aid secondary 


f highway funds, which was explained to him by Chairman Cabell who advised that 

4 the federal aid secondary highway program has been held up by the Federal Gov- 
ernment which is asking for considerably more information in regard thereto 
than was originally anticipated. To assemble such information, he said, will 
take considerable time, and in view thereof it is not likely that the Comnis- 
sion will be able to secure the approval of the federal aid secondary highway 
system for several months. 


WHEREAS, under the provisions of Chapter 248, Laws of 

1931, Chapter 196, Laws of 1935; and Chapter 529, Laws of 1939; the 
State Highway Commission, by mutual agreement with the respective 
county courts of the several counties of the State, is authorized 
and empowered to select, locate, and designate a system of secondary 
state highways, which highways shall be selected from the market 
roads or other county roads, or available locations or routes of the 
several counties; and 


WHEREAS, the State Highway Commission, ty mutual agreement 
with the Douglas County Court of the State of Oregon, has selected 
the road or highway hereinafter named, and it is the purpose of the 
Commission to officially and regularly designate and adopt said 
highway as a highway to constitute, together with other highwuys 
heretofore adopted and/or which may hereafter from time to time be 
added, the system of secondary state highways under the provisions 
of said acts; 


NOW, THEREFORE, BE IT aND IT HEREBY IS RESOLVED by the 
State Highway Commission, all members being present and affirmative- 
ly voting and participating, as follows: 


1. That the following described market road, county road, 
highway, route, or location of a. highway in Douglas County be and 
the said market road, county road, highway, location, or route, here- 
by is selected, designated, established, adopted and approved as & 
secondary state highway and shall be and hereby is designated as a 
part of the secondary state highway system, to wit: 


A Section of the Territorial Secondary Highway No. 200: 


Beginning at a point on the Lane-Douglas County line 
at the south end of the Territorial Secondary Highway No. 
200 in Lane County; thence in a southerly direction to the 
Pacific Highway near Anlauf, a distance of approximately 
5.0 miles. 


2. That the said highway shall be and hereby is qualified 
for improvement under the provisions of said Chapter 248, Oregon 
Laws 1931; Chapter 196, Laws of 1935; and Chapter 529, Laws of 1939; 
and amendments thereof. 


The Commission also adopted by unanimous vote the following res- 
olution abandoning the West Lake Section of the Oregon Coast Highway, in Clat- 
sop County, which section is no longer of value from the state highway stand- 
point inasmuch as the highway has been rebuilt on new alignment: 


WHEREAS, in order to afford a better alignment and a more 
satisfactory, safe and convenient highway for the traveling public, 
the Commission found it necessary to relocate @ portion of the West 
Lake Section of the Oregon Coast Highway in Clatsop County; and 


Department's monthly pay rolls. He recommended denial of the applications be- 
cause it would involve considerable expense in the Auditing Department and for 
the further reason that a new accounting system is being installed and such an 
innovation will further complicate the situation at this time. The Commission 
approved the recommendation unanimously, with the understanding that the mat- 
ter would be revived later if that is considered advisable. 


The Commission also considered and denied, at least for the time be- 
ing, the application of the California Western States Life Insurance Company 
for an extension of its arrangement with the Commission with respect to fur- 
nishing group accident, health, and sickness insurance so as to cover salaried 
employees as well as those paid on an hourly basis. 


The Engineer requested instructions relative to the payment of the 
claim of the United Railways Company, in the amount of $6.81, representing 
the cost of repairing a telegraph pole line that was damaged by reason of 
blasting operations carried on by W.P.A. forces on the Wolf Creek W.P.A proj- 
ect, near Manning, in Washington County. He gave as his thought that the 
state is not liable for the payment of this claim in view of the fact that the 
W.P.A. workers are not under the control of the state and the state is not re- 
sponsible for the acts or negligence of such workers. He recommended denial 
of the claim and that the United Railways Company be advised to present the 
claim to the W.P.A. Administration for Oregon. The Commission approved the 
recommendation. 


The Commission had under discussion the request of certain property 
owners of Douglas County for the improvement of a privately-owned drainage 
ditch adjacent to the Pacific Highway just south of the South Umpqua River 
Bridge. The Engineer advised that this ditch was excavated a number of years 
ago but it appears that it wes not deep enough to drain all of the property 
intended and the property owners now want the state to deepen the ditch some 
two feet, and allege that such deepening is necessary by reason of state high- 
way construction. He gave as his thought that the state is not obligated in 
any way to do this deepening work and that it is an entirely cooperative proj- 
ect among the property owners who would be benefited by the drainage. If the 
ditch were on the highway right of way, he said, that would be an entirely 
different matter, but under the circumstances he could not recommend an ex- 
penditure of state funds for this purpose. After discussion, the Commission 
deferred its decision pending further investigation and study and referred the 
matter to Commissioner Clough with authority to act. 


The Secretary presented a resolution from the County Court of Doug- 
las County requesting the selection and designation as a secondary state high- 
way of the county road which extends southerly from the Lane—Douglas County 
line a distance of about 5 miles to a connection with the Racific Highwey near 
Anlauf, being an extension of the Territorial Secondary State Highway. The 
Engineer advised that this road has been rebuilt by the county to state sec- 
ondary highway standards and recommended approval of the county's request. 
The Commission approved the recommendation and thereupon by unanimous vote 
adopted the following resolution placing this road on the state secondary 
highway system: 


exhibit there is reflected the above described parcel of land by 
showing the seme shaded in red. 


2. In the event there remains any physical connection 
between any portion of said abandoned right of way or highway and 
the present highway, and by reason of such physical connection 
traffic from the existing highway may enter or use the said aban- 
doned portion of the said old road to the possible damage or in- 
jury of such traffic by reason of any unsafe condition existing 
with respect to said old or abandoned road, then the State Highway 
Engineer is hereby authorized and directed to erect such barricade 
or other safeguards as may be necessary to protect and safeguard 
traffic using and employing said newly located, constructed and 
dedicated section of said highway. 


3, That this resolution be entered in the minutes and 
records of the Commission and a certified copy thereof promptly 
delivered to the County Court of Clatsop County, together with a 
copy of said map or exhibit, for such action as said County Court 
may desire to take with respect to said fragment of land, and 
should said abandoned portion of the right of way of said highway 
be further employed for public or private highway purposes such 
use shall be entirely under the control and supervision of the 
County Court of Clatsop County and beyond any responsibility or 
supervision by the State Highway Commission. 


The Engineer requested authority to purchase a motion picture camera 
for the use of the Travel and Information Department. He estimated that it 
would cost about $750.00, The Commission approved the purchase by unanimous 
vote. 


A letter was presented from Mr. Robert W. Sawyer, Bend, with reference 
to a plan that has been proposed to provide funds for a program of county road 
surfacing and oiling, in Deschutes County. Mr. Sawyer inquired, if such plan 
is adopted, whether the State Highway Department would cooperate by assuming 
the management of the work, including the letting of the contracts. He also 
inquired to what extent the state might be willing to cooperate with respect 
to the particular roads, some of which would be secondary state highways. The 
Commission indicated a favorable attitude toward such plan provided the county 
would agree to pay the engineering costs; however, deferred a definite de- 
cision in the matter pending receipt of additional information. The Engineer 
was instructed to ascertain from Mr. Sawyer whether or not the county would as- 
sume the expense for surveys and engineering costs for supervising the con- 
tracts; also, what roads are to be included in the program, particularly with 
reference to secondary state highways. The Attorney was instructed to contact 
Mr. Sawyer with respect to certain questions regarding legal features. 


The County Court of Jackson County, consisting of County Judge Earl 
B. Day, County Commissioners Ralph Billings, and William Perry, and County En- 
gineer Paul B. Rynning, came before the Commission in the interests of the 
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WHEREAS, by reason of said relocation and reconstruction 
of the said section of said highway there was eliminated and made 
unnecessary as a part of the permanent highway a certain section or 
part thereof, which section is more specifically defined and desig- 
nated hereinafter in this resolution; and 


WHEREAS, it is the judgment and opinion of the Commission 
that there should be recorded in the minutes and records of the Com- 
mission its purpose and plan to abandon as a part of the said state 
highway the fragment or portion of right of way hereinafter desig- 
nated and heretofore included within the area of the right of way 
of the said highway as formerly located, improved and used; 


NOW, THEREFORE, the premises being in general as above 
stated, it hereby is resolved by this Commission, all members being 
present and affirmatively participating, as follows: 


1. That the fragment of land confined within the area of 
land hereinafter designated, which fragment or parcel of land was 
formerly within the limits of the right of way of the West Lake Sec- 
tion of the Oregon Coast Highway in Clatsop County, but is now with- 
out the limits of the right of way of said highway as said highway 
has been relocated and constructed, be and said fragment or parcel 
of land or portion of the old right of way is abandoned as a part 
of the right of way of said highway, and said fragment or parcel of 
land or old right of way is, so far as control and supervision by 
this Commission is concerned, eliminated and left to revert to the 
adjoining and aiutting property owners or tc the control and super- | 
vision of the County Court of Clatsop County for highway or other 
public purposes as the Court may determine. The fragment or parcel 
of land affected by this resolution is defined and described as fol- 
lows, to wit: 


All that certain section of the old right of way of 
the Skipanon-West Lake Section of the Oregon Coast Highway 
lying on the easterly side of the right of way required for 
the reconstructed Oregon Coast Highway between Mile Post 13 
end Mile Post 15 of said highway, the beginning and ending 
points of said section with reference to the engineer's 
stations of the reconstructed highway being Station 256+00 
on the northerly end and Station 280+65 on the southerly 
end. 


The location of said abandoned right of way may be more definite- 
ly and particularly ascertained and determined by reference to @ map 
or blueprint, marked "Exhibit A", attached hereto and by this refer- 
ence made a part hereof, which said exhibit for identification pur- 
poses bears the signatures of F. D. Eason, Division Engineer, H. G. 
Smith, Construction Engineer, and C. B. McCullough, Assistant State 
Highway Engineer, and is dated August 8, 1939, upon which map* or 


Map filed in Right of Way Abandonment and Retention File - No. 65 


the bids to the Engineer with power to award the contract to the low 
bidder, Denton & Young, when certain matters have been cleared up. 


"Buchanan-Juntura Section of the Central Oregon Highway, in Har- 
ney and Malheur Counties. 2.64 miles grading and 33.43 miles sur- 
facing and oiling. The low bid received for this project was that 
of A. Milne, Portland, at $126,034.00. The next low bid was that of 
Leonard & Slate, Multnomah, at $128,395.50. There were 17 higher 
bidders. This contract is awarded to the low bidder, A. Milne, at 
his bid of $126,034.00. 


"Bagle Pcint-Hog Creek Section of the Crater Lake Highway, in 
Jackson County. 0.5 mile regrading and paving. R. I. Stuart & Sons, 
Medford, submitted the low bid for this project, their tid being in 
the amount of $21,327.00. The United Contracting Company, Portland, 
submitted the next low bid in the sum of $25,253.75. There was only 
one higher bidder. This contract is awarded to the low bidders, 

R. I. Stuart & Sons, at their bid of $21,327.00. 


"State Farm-Adams Section of the Oregon-Washington Highway, in 
Umatilla County. 4.59 miles grading. The low bid submitted for 
this project was that of Roy L. Houck, Salem, at $71,884.50. The 
next low bid was that of Clifton & Applegate, Spokane, Washington, 
at $74,833.00. There were 12 higher bidders. The Commission has 
referred all bids received on this project to the Engineer with 
power to award the contract to the low bidder when certain condi- 
tions have been fulfilled. 


"West Unit, Stanfield-Pendleton Hill Section of the Old Oregon 
Trail, in Umatilla County. 8.86 miles roadside improvement. The 
Commission received only two bids for this project, that of the Riv- 
er Bend Sand & Gravel Company, Salem, being low, at $3,990.00. The 
other bid was that of J. Chas. Thonney, Dixie, Washington, at 
$4,300.00. The Commission has rejected both bids received on this 
project and has ordered the project readvertised. 


"Dundee-West Dayton Section of the Pacific Highway West, in 
Yamhill County. 1.94 wiles grading and paving. The low bidders 
for this project were McNutt Brothers, Eugene, with their bid of 
$103,704.90, using asphalt, and $103,978.10, using tar. The next 
low bid was that of Jacobsen-Jensen Company, Portland, at 
$103,722.47, based on the use of tar. They did not. submit a bid 
based on the use of asphalt. There were 2 higher bidders. The 
Commission has referred all bids to the Engineer with power to 
award the contract to the low bidders, McNutt Brothers, when cer- 
tain conditions have been fulfilled." 


Chairman Cabell also made the following announcement of the award of the con- 
tra* for the moving of the school building at Manning, bids for which were 
taken on the previous day: 
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Butte Falls County Road. Judge Day recited the history of this road and re- 
called that improvement of the same was at one time included in the Highway 
Commission's program as priority project No. 2, it being second only to the 
Sams Valley Secondary Highway improvement. Further, that some 18 months ago, 
upon completion of the Sams Valley Road, the Commission promised to allocate 
funds for the improvement of the Butte Falls Road, but as yet the state has 
done nothing, although the county has fulfilled its part of the agreement by 
constructing the grade, which will not be passable this winter wnless surfac- 
ing rock is applied thereto. He urged the Commission to provide such surfac- 
ing rock at the earliest opportunity. 


Chairman Cabell advised that the State Highway Commission is not al- 
together to blame for the delay in placing this project under contract. This 
project, he said, was included in the 1939 federal aid secondary highway pro- 
gram, but before it could be placed under contract the Federal Government al- 
tered its requirements with respect to this class of road and refused to ap- 
prove any more of them until it was furnished additional information, which is 
requiring considerable time to assemble, but which the Commission is gathering 
as rapidly as possible. He acknowledged the Commission's obligation to Jack- 
son County and declared that the work would be placed under contract at the 
September 28 meeting of the Commission if any way can be found to finance it. 
The Engineer was thereupon instructed to write Mr. W. H. Lynch, District Engi- 
neer, Public Roads Administration, outlining the facts in connection with this 
project and requesting approval of the same notwithstanding the new require- 
ments of his department. Judge Day requested definite information as soon as 
possible as to whether the Commission would be able to surface this road be- 
fore winter, so as to give the county sufficient time to surface the weak 
spots in the event the state is unable to contract the surfacing. He was as- 
sured that such information would be given to him at the earliest opportunity. 


At 3:30 o'clock p.m. Chairman Cabell announced the following awards 
of contracts, bids for which were taken at the morning session, such awards 
having been previously approved by the Commission by unanimous vote: 


“arch Cape Tunnel Section of the Oregon Coast Highway, in Clat- 
sop County. 588 lin. ft. tunnel enlargement and timber tunnel lin- 
ing; also 1,227 lin. ft. paving. McNutt Brothers, Eugene, were the 
low bidders on this project, with their bid of $59,036.00, using 
creosote-petroleum treatment, and $54,286.00, using Wolman salts 
treatment. The next low bid was that of A. C. Greenwood Company, 
Inc., Portland, at $61,521.00, based on the use of creosote-petroleum 
treatment. They did not submit a bid based on the use of Wolman salts 
treatment. There were 4 higher bidders. The Commission awards this 
contract to McNutt Brothers, at their low bid of $54,286.00, using 
Wolman salts. 


"Concrete bridge over Lang Canyon, about 5 miles west of Arling- 
ton, on the Columbia River Highway, in Gilliam County. Denton & 
Young, Nampa, Idaho, submitted the low bid of $7,500.00 for this proj- 
ect. Averill & Corbin, Portland, submitied the next low bid of 
$7,777.00. There was one higher bidder. The Commission has referred 
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at Yachats for use in the construction of a bridge over the alsea River, on 
the Alsea Highway, east of Waldport. The Commission denied the request. 


A letter was also presented from the Coca Cola Bottling Company, Sa- 
lem, requesting permission to install a Coca Cola vending machine in the state 
highway shops at Salem. The Commission denied the request as a matter of 
policy. 


The Secretary presented a letter from Mr. E. A. Densmore, Executive 
Secretary of the Allied Heavy Construction and Highway Crafts Union, Portland, 
requesting that Contractor Roy L. Houck, Salem, Oregon, be debarred from bid- 
ding on future state highway construction work because of certain violations 
of the Oregon labor laws committed by him in connection with his contract, No. 
2159, for grading and paving the Albany Overcrossing Section of the Pacific 
Highway East, in Linn County. In this connection the Ingineer read aloud 4 
letter from Mr. Houck explaining the circumstances which necessitated the 
working of his men overtime on this project. According to Mr. Houck's state- 
ment, he encountered considerable difficulty in securing operators for certain 
equipment kmown as "Tournspulls*, which were used on this job, such equipment 
being the first of its type to be used in the Northwest, and it was necessary 
at times to work the experienced operators overtime so they could train men 
who were without experience in handling this type of equipment. He further 
stated that this situation has now been remedied by the employment of less 
skilled men and that all demands for overtime, et cetera, have been settled 
in full. The Engineer advised that these violations have been thoroughly in- 
vestigated by the Highway Department's Labor Relations Ingineer, Mr. Ray Web- 
ber, who gave as his opinion that the reasons given by Mr. Houck for the same 
are substantially correct and that they were committed at a time of extreme 
emergency. 


This matter was discussed by the Commission at considerable length, 
and, from the facts presented, it was the Commission's belief that Mr. Houck 
committed the violations only in desperation and at a time when a serious emer- 
gency existed; further, that this is an isolated case and should not be con- 
sidered sufficient cause for the debarment of Mr. Houck from bidding on fu- 
ture state highway work. However, the Commission considered that the case 
should not be overlooked and that Mr. Houck should be reprimanded and ordered 
not to repeat the violation. The Ingineer was instracted to so write Mr. 
Houck and also to advise Mr. Densmore of the action taken by the Commission 
on this matter, sending copies of both letters to Mr. C. H. Gram, State Labor 
Commissioner, who is interested in the matter. 


The Engineer reported on the progress that is being made by Edwin C. 
Gerber in connection with his contract for the construction of bituminous mac- 
adam surfacing on the Necanicum-Nehalem River Section of the Wolf Creek High- 
way, in Clatsop County, Contract No. 2155. He advised that Mr. Gerber is mak- 
ing every effort to complete this job at the earliest possible time but will 
not be able to complete the bituminous macedam work before next year. 
The Commission expressed regrets that this job could not be completed in its 
entirety during this year's working season but decided not to take any drastic 
action against Mr. Gerber at this time. 
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the vicinity of Manning; ins equipment in community hall for 
temporary school quarters; construct septic tank, water pipe line 
and tile drains. Odom Construction Company, Oregon City, was the 
low bidder with its bid of $4,820.00. The second low bidder was 
Caufield & Savage, Tillamook, at $6,618.00. This contract is 
awarded to Odom Construction Company, the low bidder, at its bid 
of $4,820.00." 


Mr. A. A. Hendricks, Manager, American National Insurance Company, 
Portland, came before the Commission at this time relative to his application 
for the privilege of writing group insurance covering State Highway Department 
employees. He made a strong plea for such privilege and urged reconsideration 
by the Commission of its previous action denying the dame. The Commission 
voted unanimously not to alter its previous decision but gave Mr. Hendricks to 
—— that it might do so in a year or so, if it seems advisable at that 


The Assistant Attorney brought up for discussion the settlement 
with Mr. Louis Siegenthaler for right of way needed for the Wolf Creek High- 
way near Cedar Mills, in Washington County. He advised that Mr. Siegenthaler 
is demanding $3,500 for his property and would like to settle with the state 
now because he has plans for the development of the balance of his holdings, 
including the remodelling of certain buildings. He recommended purchase of 
the property at such figure, giving as his belief that it would cost the 
state considerably more later on after Mr. Siegenthaler's development work 
has been completed. In the discussion of this matter the question arose 
whether or not in the right of way negotiations consideration has been given 
to the acquisition of freeway rights, this feature being considered very im- 
portant due to the fact that the Wolf Creek Highway, when completed, will car- 
ry a large volume of traffic between Portland and the coast. It appeared that 
such consideration had not been given, whereupon instructions were given to 
the Engineer to ascertain whether or not right of access to the highway should 
be restricted in front of Mr. Siegenthaler's property. He was also instruct- 
ed to investigate the possibilities of limited access to the highway for the 
entire distance from the Barnes Road connection to the town of Banks. The 
Commission thereupon approved the purchase of the Siegenthaler property at 
the price quoted subject to the condition that freeway rights are not needed 
at this place. The Assistant Attorney was authorized to include this right 
of way settlement in the real property resolution -heretofore adopted by the 
Commission on this date. 


A letter was presented from the Bilyeu Clan, Albany, requesting 
thet a certain stream in Linn County, shown on the state highway map 4s "Neil 
Creek", be named "Bilyeu Creek" in honor of the Bilyeu family which pio- 
neered in this district. The Commission ordered the matter referred to Mr. 
Lewis A. McArthur, President of the Oregon Historical Society, for recommen- 


dation. 


A letter was presented from Mr. George L. Govro, Yachats, request- 
ing permission to remove 550 cubic yards of smelt sand from the ocean beach 
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‘No holder of a public position or office other than 
an office filled by the voters, shall pay or contribute 
to aid or promote the nomination or election of any other 
person to public office. No person shall invite, demand 
or accept payment or contribution from such holder of 4 
public position or office for campaign purposes.' (Sec- 
tion 36-2420, Oregon Code 1930.) 


"This act has never been interpreted by the courts to the knowl- 
edge of the Commission, and its application to contributions by 
employees of the State Highway Department is not clear and well de- 
fined. Each case must be considered by the individual employee con- 
cerned upon its individual merits." 


The Engineer reported that Contracts Nos. 1986, 2126, 2160, 2174, 
and 2189, for the construction of state highway projects, have been completed 
according to the requirements of the contracts or modifications thereof, and 
that said jobs are ready for acceptance. The following resolution accepting 
the above jobs was offered and was adopted by the unanimous vote of the Com- 
mission: 


WHEREAS, the Engineer has reported that the following 
State Highway Commission contracts for the construction of state 
highway projects have been completed according to the terms and pro- 
visions of the contracts and said jobs are now ready for acceptance: 


Contract No. 1986, with L. H. Hoffman, for bridge 
construction over Quartz Creek, near Elsie, on the Wolf 
Creek Highway, in Clatsop County. Completed July 1,1939. 


Contract No. 2126, with McNutt Bros., for grading, 
surfacing, and oiling, and bridge construction, on the 
Ochoco Dam-Marks Creek Section of the Ochoco Highway, in 
Crook County. Completed August 26, 1939. 

Contract No. 2160, with Mountain States Construction 
Company, for surfacing and oiling and furnishing crushed 
rock in stock piles, on the Clatskanie-Summit Section of 
the Mist-Clatskanie Secondary Highway, in Columbia County. 
Completed August 19, 1939. 


Contract No. 2174, with J. C. Compton, for grading, 
surfacing, and oiling on three county roads in Tillamook 
County. Completed August 5, 1939. 


Contract No. 2189, with Norris Bros., for 40.20 miles 
of oiling on the Mt. Vernon, Weston, and Service Creek O0il- 
ing Project in Grant, Umatilla, and Wheeler Counties. Com- 
pleted August 23, 1939. 


sep 1 1959 


The Commission had under discussion a report to the effect that rep- 
resentatives of a certain political party are soliciting funds from employees 
of the State Highway Department for the support of such party. The Commission 
confirmed its policy, heretofore adopted, with respect to such matter, and by 
unanimous vote approved the following statement with reference thereto. (See 
Circuler Letter No. 143, dated September 19, 1939.) The Engineer was instruct- 
ed to send a capy of such statement to each highway department employee for 
his information and guidance: 


"Information has been brought to the attention of the Commis- 
sion to the effect that employees of the Highway Department are be- 
ing solicited for funds to be used, as represented by the solicitors, 
for the support of a political party. 


"The Commission has on several occasions expressed its policy 
with respect to political party affiliations and political activi- 
ties. It appears, however, that the present activity of political 
party representatives or alleged representatives makes appropriate 
a@ reiteration of the Commission's policy with respect to such mat- 
ters. 


"The Highway Department is a nonpolitical agency of the Stete 
of Oregon. No inquiry has ever been made nor is any record kept 
concerning an employee's political affiliations any more than his 
religious or fraternal affiliations. The Commission has always been 


and is now concerned only with the professional qualifications or 
special fitness of an employee and his ability efficiently and hon- 
estly to perform the duties of the position or job to which he may 
be assigned. 


"What financial contribution a highway employee may make to the 
political party of his choice is a personal matter concerning which 
the Commission makes no inquiry and with which the Commission is not 
concerned so long as the action is legal and does not interfere with 
the duties of his position. Should an employee of the Highway De- 
partment @hoose to refrain from making contributions to any politi- 
cal party, he may do so with complete assurance that his job or po- 
sition will in no way be jeopardized thereby. 
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"The holding of office in political parties, the personal soli- 
citation of political funds, and all active participation in politi- 
cal affairs, by employees of the department, are not permitted be- 
cause such overt acts will, in the end, identify the department with 
one political party or the other and destroy its nonpartisan status. 


"The Commission believes that, in addition to reiterating its 
policy and rules as stated avove, it should call the attention of 
all employees to the following statute: 
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Bargain and Sale Deed conveying unto E. D. Bahrke and wife 322 
sq. ft. of land situate in Lot D, Bryan's Addition to Albany, Right 
of Way Transaction No. 5509. 


Bar and Sale Deed conveying unto the Southern Pacific Com- 
pany 5, sq. ft. of land situate in Lots 4, 5, 6, 7, and 8, of 
Block 20, Hackleman's Second Addition to the City of Albany, Right 
of Way Transaction No. 5151. 


The Commission had under discussion the setting of a date for its 
first regular meeting following that scheduled for September 28, 1939, 
for the receiving of bids on highway construction projects, and decided to 
hold such meeting on Thursday and Friday, November 2 and 3, 1939, in the au- 
ditorium of the Public Service Building, Portland. The Secretary was in~ 
structed to make the usual arrangements for the use of this room. 


There being no further business to come before the Commission at 
this time, the meeting was adjourned at 5:00 o'clock p. am. 


Cha 
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Portland, Oregon, September 27, 1939 


The State Highway Commission met in regular session at 4:90 o'clock 
Pp» m» in Room 204, Benson Hotel. Present were: i 


Henry F. Cabell, Chairman 

E. B. Aldrich, Commissioner 

Huron W. Clough, Commissioner 

R. H. Baldock, State Highway Engineer 
I. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


cussed with the Commission the compromise settlement 
with Mr. frais te vlaht of way needed for the Viaduct Section of the Pa- 
cific Highway in Albany. He advised that Mr. Fox will agree to deed this 
property to the state for the sum of $550 and recommended acceptance of this 
offer in order to avoid condemnation. The Commission approved the recommende- 


tion unanimously. 


THEREFORE, BE IT RESOLVED, that the work covered by said 
state highway contracts for the construction of said state highway 
projects be declared completed according to the terms of the respec- 
tive contracts, and said jobs are hereby accepted and final payment 
in connection with each is hereby authorized. 


The Commission considered and signed agreements, et cetera, as fol- 


Agreement with School District No. 44, Manning, Oregon, cover- 
ing acquisition and preparation of a new site for the Manning school 
building, moving of the existing school buildings, et cetera. 


+ with Manning Social Club providing for rental of the 
social club building for school purposes during the re-establishment 
of the Manning school. 


Stipulation with the U. S. Department of the Interior with re- 
spect to the use of a stock pile site on government property adja~ 
cent to the Coos Bay-Roseburg Highway at the top of Camas Mountain, 
in Douglas County. 


Quitclaim deed conveying unto H. B. Easley and wife certain 
property adjacent to the Columbia River Highway, in Georgetown Addi- 
tion to St. Helens. 


t with H. B. Easley and wife providing a method of pro- 
cedure to be followed in clearing title to the property referred to 
in the above paragraph. 


Agreement with the Works Progress Administration relative to 
the advancement of not more than $3,500 of state funds to finance 
non-labor items on the Wolf Creek Highway W.P.A. project during 
September, 1939. 


Agreement with Miami Corporation providing a method of payment 
for timber strips acquired by the state from the corporation along 
the Salmon River Highway. 


Agreement with Mr. Edward L. Dimmitt with respect to the pay- 
ment of bills for the furnishing of electrical energy used in con- 
nection with his concession at Crown Point. 


Agreement with Senator Samuel M. Garland, Lebanon, with re- 
spect to tne cancellation of a lease of 4 gravel pit on Mr. Gar- 
land's property in Linn County. 


Bond release and cancellation notice in favor of the Metropoli- 
tan Casualty Insurance Company of New York relieving the company 
from further liability in connection with the old bond covering the 
State Highway Engineer, which bond was cancelled on June 15, 1939, 
having been replaced by a new bond. 


1939 
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binder, construction of an asphalt concrete leveling course on 28 miles, and 
application of bituminous seal coat on this 28-mile section. He pointed out 
that no provision has been made in the W.P.A. budget for 1939 or 1940 for 
such work which, in his estimation, should be accomplished as soon as possible 
in order to place this road in condition for general public use. After dis- 
cussion, the Commission-approved the Engineer's request, by unanimous vote, 
with the understanding that $50,000 of such sum shall be charged to the 1940 
allocation made to districts No. 1 & 2 and 40,000 shall be charged to such 
districts in the 1941 allocation. 


The Commission also discussed the matter of advancing additional 
state funds to pay the non-labor items in connection with the Wolf Creek High- 
way W.P.A. project during the month of October 1939, it appearing that state 
funds must be advanced if this work is to proceed inasmuch as the new W.P.A. 
project has not yet been approved. The Engineer estimated that it would be 
necessary to advance about $4,500 of state funds for such purpose and recom- 
mended approval of the allocation. After discussion, the Commission approved 
the recommendation by unanimous vote and ordered the matter covered by appro- 
priate agreement between the State Highway Commission and the W.P.A. authori- 
ties. 


Reconsideration was given by the Commission to the request of cer- 
tain Douglas County property owners for state aid in the deepening of a drain- 
age ditch located on private property adjacent to the Pacific Highway south 
of the Winston Bridge in Douglas County. Commissioner Clough reported that 
he has investigated this matter thoroughly and, in his estimation, the deepen- 
ing of this ditch is not a responsibility of the state, particularly in view 
of the fact that the ditch is privately-owned and is located on private prop- 
erty. He recommended that the request be denied. The Commission approved 
the recommendation unanimously. 


The Engineer reported on the request of certain citizens of Malheur 
County for the re-signing of U. S. Highway No. 30 North and U. S. Highway No.30 
South, in the vicinity of Ontario. He said that, while the present system of 
signing these highways may not be the best, in his estimation it should not 
be changed because there is a possibility that the State of Oregon would lose 
benefits that it now enjoys on account of the present system and particularly 
because it would leave the town of Ontario off the national highwey route. 
In view of the Engineer's report the Commission decided unanimously to take 
no action in this matter at this time, although it is to be discussed at the 
annual meeting of the American Association of State Highway Officials in Octo- 
ber of this year. 


| 
| 
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The Attorney repo: vcd on the conference with Mr. Robert W. Sawyer, 
Bend, relative to a proposal by Deschutes County to finance certain county Toad 
and state secondary highway construction in that county. He explained the 
plan in detail and advised that the Commission has authority to cooperate in 
the matter if it so desires. Further, that if the county should ask the state 
to prepare the plans for the work the Commission would have to do so accord- 
ing to the law, although the Commission would not have to pay out of state 
funds ‘the engineering costs for supervising construction. He further advised 
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The Attorney reported receipt of an offer from James Anderson, Junc- 
tion City, to pay $25.00 for the abandoned state-owned quarry site located 
near the Pacific Highway about two miles south of Junction City. He advised 
that he contacted other state departments and the County Court of Lane County 
and ascertained that the property is not wanted by any of them. He recommended 
acceptance of Mr. Anderson's offer because the land is of no value whatsoever 
for state highway purposes. The Commission approved the recommendation unani- 
mously. 


The matter of continuing the maintenance of the Elsie-Jewell county 
road as a state highway detour was brought up for discussion. The Engineer 
pointed out that during the construction of the Wolf Creek Highway this entire 
road was used as a highway detour but since the Wolf Creek Highway has been 
completed west of Elsie only a portion of the road has been needed for this 
purpose and that portion will not be needed after the first of the year when 
the Nehalem River Bridge is completed. The Commission voted unanimously to 
continue the maintenance of the entire Elsie-Jewell Road for the time being. 


The Engineer reported the results of investigations with respect to 
the recovery of gold from a state-owned gravel pit by contractor R. I. Stuart 
and Sons in connection with their contract, No. 2129, with the Commission for 
the construction of the Powers Ranch-Jacksonville Section of the Williams and 
Medford-Provolt Secondary Highways. He submitted an affidavit from the First 
National Bank of Portland, Medford Branch, to the effect that the bank sold 
for R. I. Stuart and Sons $833.00 worth of gold which was mined in conjunc~ 
tion with their state highway contract. He also presented a letter fromR. I. 
Stuart and Sons stating that they expended $1,035 in the recovery of this gold. 
He recommended, in view of the showing made, that the state's claim for the 
recovered gold be withdrawn. The Commission approved the recommendation un- 
animously . 


The Engineer also reported that at a recent bid opening the District 
Engineer of the Public Roads Administration received a bid of $35,951.45 for 
the oiling of the McDougall's Camp-Tollgate Section of the Weston-Elgin Sec- 
ondary State iighway, a forest highway project, which is nearly $10,000 less 
than the amount budgeted for such work in the 1940 Forest Highway Program. 
He pointed out that at a joint meeting of the Commission and representatives 
of the Public Roads Administration and the Forest Service, on June 22, 1939, 
the Commission agreed to contribute $10,000 of state funds to augment the pro- 
grammed amount of $45,000 because it was thought at that time that the proj- 
ect would cost approximately $54,000. It was his thought that the state should 
be relieved of this obligation in view of the fact that the bid received is 
well within the budgeted amount. The Commission concurred in the viewpoint 
of the Engineer and thereupon instructed the Secretary to point out the facts 
to Mr. Lynch, District Engineer, Public Roads Administration, and to ask him 
to release the state funds so they can be used to finance other desirable work. 


The Engineer requested authority to increase the budget for state 
highway force account work on the Wolf Creek Highway W.P.A. project in the 
amount of $90,000 for oiling work required between the Nehalem River and 
Davies, such work to consist of the application of 12 miles of bituminous 
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Where such roadway entrances involve the installation of 
culvert pipe 18 inches in diameter, or less, the property owner 
shall be recuired to furnish the culvert pipe F. 0. B. the job 
at no cost to the state but the state shall pay the cost of in- 
stalling such pipe, including the construction of a fill over the 
same and the necessary graveling of the roadway within the highway 
right of way limits. In the event that the diameter of the pipe 
to be installed is greater than 18 inches, then the state shall 
pay the cost of the pipe over and above the cost of an 18-inch 
pipe and shall also pay the cost of constructing the fill and 
graveling the roadway so far as it lies within the highway right 
of way limits. 


The Engineer wes instructed to inform Mr. Taylor of this new policy end to ad- 
vise him that the state will be pleased to cooperate with him in the construc- 
tion of his driveway in accordance therewith. 


A letter was presented from Mr. Lacey V. Murrow, Director of High- 
ways, Stete of Washington, advising that it is the plan of the Washington 
Highway Department to carry out the improvement of the Washington Section of 
the Oregon-Washington Highway at such time as the work may be coordinated 
with the proposed improvement of this highway in the State of Oregon between 
Milton and a common point on the Oregon-Washington state line, and requesting 
information as to when the State of Oregon contemplates construction of its 
section of this road so as to enable him to make definite plans for the Wash- 
ington State improvement. The Engineer pointed out that the location survey 
for the Oregon Section has not as yet been made, it being contrary to the pol- 
icy of the Commission to undertake location surveys and the acquisition of 
right of way until the project is authorized and, in this particular instance, 
it does not appear that funds will be available to finance construction for 
some time to come, either on the new location or along the present road. The 
Commission decided, in view of the shortage of funds and the fact that con- 
siderable construction work is now underway on this highway between Pendleton 
and Adams, that it would be advisable to defer construction between Milton and 
the Washington state line for a year or two. The Engineer was instructed to 
ascertain whether or not such procedure will fit in with the proposed improve- 
ment of this road in the State of Washington. 


In this connection the Secretary presented a petition signed by 
numerous citizens of Freewater, Oregon, whe own property along the present 
highway between Freewater and the Oregon-“lashington state line, suggesting @ 
location for the new highway between these points and offering free right of 
way for the same, except that they would expect the state to pay the cost of 
moving buildings and appurtenances. A letter was also presented from the 
Freewater Chamber of Commerce urging the retention of the present route and 
requesting an opportunity to be heard by the Commission in regard thereto be- 
fore a definite location has been decided upon. The Secretary was instructed 
to inform the petitioners that the Commission has not as yet decided upon 4 
permanent location for this highway; furthermore, the location survey has not 
yet been made and none is contemplated in the near future but, when the time 
arrives for the settling of this matter, the Commission will be pleased to 
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that, according to Mr. Sawyer, the plan is still in the embryonic stage and 
that the Commission need do nothing further about it until definite action 
thereon has been taken by the county court. The Commission took no action on 
the matter. 


A letter was presented from County Judge Bert Johnson of Morrow 
County requesting the following improvements: 


Improvement of the Patterson Ferry Road, which extends from 
the Columbia River Highway to the Columbia River, near the town 
of Irrigon and the designation of this road as a state secondary 
highway. 


Complete the reconstruction of the West Unit of the Heppner- 
Rhea Creek Section of the Wasco-Heppner Secondary State Highway. 


Reconstruct the Wasco-Heppner Secondary State Highway be- 
tween Rhea Creek and Hardman. 


Improve the Rhea Creek-Rock Creek Section of the Heppner- 
Condon Secondary State Highway. 


It was pointed out that the Patterson Ferry Road is not on the state highway 
system, hence the Commission is without authority to expend state funds for 
the improvement of the same. In view thereof, the Commission declined to ap- 
prove this request and instructed the Secretary to s0 inform Judge Johnson. 


The Commission decided that it could not make any definite commit- 
ment to the other projects at this time in view of the shortage of funds and 
the requirements of the Federal Government with respect to the allocation of 
federal aid secondary highway funds which claes of funds were used to finance 
the improvement of the East Unit of the Heppner-Rhea Creek Section. The Sec- 
retary was instructed to so inform Judge Johnson and to advise him further 
that the Commission vill bear these projects in mind in the formulation of 
future highway construction programs. 


The Commission had under discussion a letter from the University 
Park Community Club, Portland, urging the improvement of Lombard Street, Port- 
land, (state highway route) between Greeley Street and St. Johns. The Com- 
mission indicated that it might undertake this improvement at some future 
date when funds can be spared to finance it because it is a desirable project 
but declined to make any definite commitment thereto at the present time. 
The Secretary was instructed to so inform the comunity club. 


A letter was presented from Mr. Frank Taylor, Tangent, Oregon, re- 
questing construction of a roadway entrance from the Pacific Highway into a 
public archery range about one mile north of the town of Tangent. In this 
connection the Commission discussed the adoption of a policy with respect to 
the construction of private roadway entrances into state highways and decided 
unanimously upon the following procedure for future projects of this kind: 
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1 stamp vending machine - estimated cost, single model $35.00. 


after considerable discussion and it appearing to the Commission that this 
eqtipme::t is needed in connection with the proper operation of the State High- 
way Department, the Commission by unanimous vote authorized the purchase of 
the same through the State Purchasing Agent. 


The Secretary presented a copy of a resolution adopted by the Coos 
County Court in which the Court elects to preserve for public use a fragment 
of the old right of way of the Cape Arego Secondary State Highway in Coos 
County that has been abandoned by the state by reason of the reconstruction 
of the highway on other alignment, said fragment being described as follows: 


All of that certaih Section of the old right of way of 
the Cape Arago Highway No. 240 lying in the Town of 
Charleston and in use prior to 1934 which lies North of 
a line 40 feet North of and parallel to the center line 
of the reconstructed highway and between approximately 
Engineer's Station 264-80 and the East shore of South 
Slough and including such portions of the old South 
Slough Bridge as are now in use as an approach to the 
wharf and log dump on the East shore of South Slough. 


The Commission approved the resolution by umanimous vote and ordered the same 
filed in the department records. 


The Engineer reported that in conformance with authority previously 
granted him by the Commission he has awarded the following contracts, the 
conditionsof the awards having been satisfied: 


Construction of Warren Creek Section of the Columbia River 
Highway, in Hood River County. Bids taken July 27, contract 
awarded September 9, 1939, to E, C. Hall Company, the low bid- 
der. 


Construction of Dundee-West Dayton Section of the Pacific 
Highway West, in Yamhill County. Bids taken September 1, 1939, 
contract awarded September 13, 1939, to McNutt bros., low bid- 
ders. 


The Commission, by unanimous vote, confirmed the awards as reported. 


The Engineer also reported that as previously authorizec by the 
Commission he has sold to the high bidder in eech instance the obsolete equip- 
ment, scrap material, et cetera, for which bids were taken on August 31, 1939. 
The Commission, by unanimous vote, confirmed the action taken by the Engineer 
in this matter. 


The Engineer requested authority for the Bridge Engineer, Mr. G. 
S. Paxson, to attend a "Soil School" which is to be conducted by the Public 
Roads Administration in Washington, D. C., from November 20 to December 2, 


give the people of Milton and Freewater an opportunity to be heard; further, 
that it is not likely that any consideration will be given to this project un- 
til the work now underway between Pendleton and Adams is completed. 


The Commission discussed and approved the following "notice" to 
persons who contemplate operating any business abutting upon any state highway, 
prohibiting the parking of cars on the highway or the use of the highway right 
of way for any other commerciel purpose, the provisions of such notice being 
in conformance with the policy of the Commission as adopted by resolution on 
July 27, 1939: 


Since the use of any portion of a highway right of way for 
parking cars or other commercial purpose interferes with the proper 
maintenance of the road, obstructs sight distance, ami interposes 
traffic hazards, the State Highway Commission of Oregon has in- 
structed its Engineer to advise all persons who contemplate operat- 
ing any business abutting upon any highway, that the parking of cars 
on the right of way, for service or for the transaction of business 
in connection with such commercial activity, shall be and is pro- 
hibited. 


The above rule applies not only to new installations but also 
to the remodeling of any existing facility unless, in the latter 
case, topographical conditions render it impossible to comply. 


The Commission ordered this notice printed and distributed to all parties con- 
cerned. 


The Engineer requested authority to purchase the following equip- 
ment: 


12 automobiles of the Ford and Chevrolet class and 1 auto- 
mobile of light Buick class to replace a like number 
of old cars *nat are to be traded in ~< part purchase 
price - estimated cash outlay $8,500; 


20 trucks of the Ford and Chevrolet class to replace 20 
. ola trucks which are to be traded in on purchase price - 
estimated total cash outlay $17,000; 


1 rotary snow plow, known as Rotoblade, - estimated to 
cost $4,000; 


6 push-type snow plows - estimated total cost $2,007; 


1 250-watt radio transmitter for installation at Rose- 
burg division headquarters ~ estimated cost $1,500; 


1 shaker screen for use in connection with state-owned 
crushing plant which is being operated on Wolf Creek 
Highway W.P.A. work - estimated cost $240; 
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the city and the school district. It was explained that this procedure is 
necessary in order to secure the approval of this W.P.A. project. The Commis- 
sion decided to offer no objections to such improvement provided the use of 
the highway by the general traveling public is not interfered with and pro- 
vided precautions are taken for the proper safeguarding of traffic and pedes- 
trians. The Secretary was thereupon instructed to write such letter. 


The Attorney requested instructions with respect to the controversy 
with the Maryhill Ferry Company concerning 2 sign maintained by the company 
at the junction of the Sherman Highway with The DallesCalifornia Highway, in 
Wasco Gounty, concerning which complaints have been received because it bears 
erroneous information for the traveling public. It appears that the company 
is reluctant to make any change in its sign, alleging that the complaints 
which the Highway Commission has received in regard thereto sre simply efforts 
to discredit the Sherman Highway. The Attorney advised that the sign under 
discussion is illegal in view of the fact that it purports to direct traffic, 
whereas, under the Oregon statutes, the duty and responsibility for maintain- 
ing directional signs along state highways rests solely upon the State High- 
way Commission. Furthermore, it is his belief that the intent of the Legis- 
lature was to vest in the State Highway Commission exclusive authority with 
respect to such matters so that the general public will get authentic informa- 
tion and will not have to be subject to inconvenience and delay by reason of 
community jealousies. This matter was discussed by the Commission at con- 
siderable length and it was decided to let the Maryhill Ferry Company main- 
tain its sign at this location if it will remove therefrom the information of 
illegal character. In the event the company will not revise its sign to meet 
the legal requirements, then the sign is to be removed by state highway forces. 
The Attorney wes instructed to convey such information to the owners of the 


sign. 


The Secretary presented a letter from the Great American Indemnity 
Company requesting evidence to show that the Commission's Secretary had au- 
thority to sign the cancellation certificates terminating the old bonds fur- 
nished by the State Highway Engineer, which bonds have been replaced by en- 
tirely new bonds under the provisions of Chapter 529, Oregon Laws of 1939. 
The Commission, by unanimous vote, approved the signing of such cancellation 
certificates by the Secretary and, thereupon, adopted the following resolu- 
tion in regard thereto: 


W4EREAS, under the terms and provisions of Chapter 529, 
Oregon Laws, 1939, effective June 14, 1939, the State Highway 
Engineer is required to furnish a bond in the sum of Two Hundred 
Thousand Dollars ($200,000) in favor of the State of Oregon, con- 
ditdoned upon the faithful and honest handling and disposition 
of all funds coming within the jurisdiction or under the control 
of the said State Highway Engineer; and 


WHEREAS, the said State Highway Engineer has furnished 
the said bond as required by the said section of the statute; and 


WHEREAS, said Chapter 529 repealed all prior statutes 
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1939. The object of this course, he said, is to acquaint the participants 
with the procedures for the surveying, sampling, and testing of soils, to ex- 
plain the letest developments in testing soils for special purposes, to devel- 
op the methods used by the Administration in applying the results of tests on 
soils to highway design, construction and maintenance problems, et cetera. 

He gave as his thought that the Oregon Highway Department should keep up to 
date on matters of this kind and thet the information that would be gleaned 
from such school would be of inestimable value in connection with highway work 
in this state. He recommended that Mr. Paxson be permitted to attemd this 
school at state expense and estimated that it would cost ebout $300.00. Af~ 
ter discussion, the Commission approved the recommendation unanimously, Sub- 
ject to the condition that the expense is also approved by Governor Charles A. 
Sprague. 


The Secretary presented a letter from the Redwood Empire Association 
inviting the members of the Commission and its staff to be its guests at the 
Nineteenth Annual Convention and Banquet which is to be held on Treasure Is- 
land, San Francisco, on Friday, October 13, 1939. The Commission decided not 
to be represented at this meeting. 


The Attorney reported receipt of a letter from Campbell, Smith and 
Goodman, Inc., Portland, with respect to the insurance coverage protecting 
the State of Oregon, the State Highway Commission and the Union Pacific Rail- 
road Company, et al, from liability for accidents arising out of snow removal 
operations on the Upper Columbia River Highway. It appears from past perforn- 
ances under the protection of this policy, which wes written by Lloyds of Lon- 
don, that the state is entitled to a credit of 10 per cent of the amount of 
the premium, amounting to $640, and can receive ySenefit of this credit if 
it will purchase a new policy at this time for a three-year period. The At- 
torney inquired as to whether he should order a new policy now or wait until 
the present policy expires on October 1, 1940. The Commission decided, after 
discussion, to take advantage of the credit and thereupon authorized the At- 
torney to secure the new policy and arrange for the cancellation of the old 
one. 


Commissioner Aldrich brought up for discussion at this time the 
matter of extending the Kimberly-Monument Secondary State Highway, in Grant 
County, from its present terminus at Monument to a connection with the Pendle- 
ton-John Day Highway at Long Creek. He edvised that he has again been ap- 
proached by the Grant County Court in this regard and thet the court is very 
anxious to have the stete assume jurisdiction over this road. It was the con- 
census of opinion of the Commissioners that this road should be on the state 
secondary highway system and accordingly the Attorney was instructed to pre- 
pare the customary resolution for adoption by the Commission at its next meet- 


ing. 


The Commission had under discussion a request from the City of Es- 
tacada and the Estacada High School District for a letter from the Commission, 
directed to the W.P.A., Portland, advising that the Commission has no objec~ 
tions to the improvement of the Woodburn-Sandy Secondary State Highway in 
front of the high school grounds in Estacada, as 4 W.P.A. project sponsored by 
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residing along the old Pacific Highway between Eugene and Junction City ask- 
ing that the fingerboard signs in Eugene and Junction City, which direct trav- 
el along the Eugene-Junction City Secondary Highway to Santa Clara, be re- 
placed with signs directing travel to Junction City and Eugene, respectively, 
so that the traveling public would know that there is an alternate route 
available between these two places, which would work to the advantage of 
people residing along this route who depend largely upon tourist business to 
dispose of the products of their land. The Commission considered it inadvis- 
able to change the signs as requested because of the confusion that it would 
cause to tourists who depend entirely upon signs erected by the State Highway 
Department to direct them from one point to another via the most direct and 
safest route which in this instance would not be over the old highway because 
it conteins a number of railroad grade crossings. Accordingly, the Commis- 
sion decided unanimously not to change the existing signs and instructed the 
Secretary to so inform the petitioners. 


The Commission considered and ordered filed a letter from Oscar L. 
Bussell, Eugene, with respect to the adoption of a permanent route for the 
Pacific Highway through Eugene. 


A petition was also presented from users of the Tiller-Trail Second- 
ary State Highway in Douglas County urging immediate improvements to this - 
road, particularly the section between Canyonvilie and the Jackson County line. 
The Engineer was instructed to make an investigation of this road and report 
his findings at the next meeting. 


The Engineer brought up for discussion matters pertaining to the + 
proposed improvement of the Blachly-Long Tom River Section of the Siuslaw High- 
way, in Lane County. He advised that as previously instructed by the Comnis- 
sion he has completed an investigation of this section with a view to provid- 
ing a temporary improvement which might prove satisfactory until funds are 
available to rebuild the road to modern standards. The section investigated, 
he said, is 3.52 miles in length and passes over the Low Pass Summit. He es- 
timated that to widen, surface, and oil this section would cost between 
$50,000 and $60,000. The Commission approved the report but took under ad- 
visement the matter of committing funds to the project. It was decided to 
discuss this matter with the Lane County citizens who are proponents of the 
project upon the Commissioners return from the annual meeting of the American 
Association of State Highway Officials in Richmond, Virginia, next month. 


The Engineer brought up for discussion matters pertaining to the 

Wilson River Highway W. P. A. Project, particularly the question of employment 
of shovel operators. He advised that under a new ‘i.P.A. ruling operators of 
power shovels now receive considerably less salary than they did heretofore 
for the same work, and much dissatisfaction has developed among the men who 
refuse to work at the reduced rate. As e@ consequence, he said, progress of 
the project is being greatly retarded, it being very difficult to find ex- 
perienced operators who will work at the lower salary and it being uneconom- 
ical to employ men without experience in handling this type of equipment. He 
further advised that a delegation is to appear before the Commission on the 
following day which will ask the Commission to hire the shovel runners and 
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| requiring the furnishing of bonds by the State Highway Engineer, and 
it is and has been necessary to cancel the bonds issued under the 
said prior statutes as of June 14, 1939; 


NOW, THEREFORE, BE IT RESOLVED that the Secretary of the 
State Highway Commission be and he hereby is authorized to execute 
on behalf of the Commission any and all cancellation notices re- 
quired in connection with the cancellation of the said prior bonds. 


BE IT FURTHER RESOLVED that all prior acts of the Secre- 
tary in executing the said cancellation notices be and the same 
hereby are ratified and confirmed. 


The Commissicn discussed end ordered filed a letter fromC. H. Pur- 
cell, State Highway Engineer of California, advising that the California State 
Highwey budget for the present biennium contains an approved project covering 
the grading and surfacing of the Bailey Summit-Oregon State Line Section of 
the Pacific Highway on revised location, 1.4 miles in length; further, that 
the plans and specifications for this project are now being prepared and that 
the work will be contracted in sufficient time to meet the completion date of 
the Oregon Section, September 1, 1940. 


The Commission discussed a letter from Mr. Charles Wiley, Redmond, 
Oregon, forwarded from the office of Governor Sprague, in which Mr. Wiley sug- 
geste thet a monument bearing the names of Oregon pioneers who participated 
in the blazing of the first wagon road over the South Santiam Pass, now the 
route of the Santiam Highway, be erected and maintained upon the right of way 
of such highway. There was also presented in connection with this matter let- 
ters from Mr. Lewis A. McArthur, President of the Oregon Historical Society, 
and Mr. Robert W. Sawyer, Bend, each of whom expressed the thought that the 
erection of some sort of a memorial or marker to these pioneers, and particu- 
larly to Mr. Andrew Wiley, who was the discoverer of the Santiam route in the 
year 1859, would be proper and appropriate. The Commission approved the 
placement of such marker or monument on the state highway right of way pro- 
vided funds other than state funds sre secured to finance it. 


The Commission discussed a letter from the Diamond Lake Summer Home 
Association urging that every effort be made to keep the Diamond Lake Highway 
from Union Creek to The Dalles—California Highwey free of snow and open for 
general public use during the winter months. The Engineer estimated that it 
would cost approximately $13,000 to keep this road open during the winter sea~ 
son which, he said, lasts about four months, such estimate being based upon 
average winter conditions. He questioned the justification of such expendi- 
ture in view of the small volume of traffic that would use the road during 
this period. The Commission decided unanimously not to attempt to keep this 
road open to travel during the winter months on account of the expense in- 
volved. 


A petition was presented from numerous property owners and people 
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Plans - - - — 228-2807 - Waseo-Fulton Canyon Section, County Road, Sherman 
County. 2nd authorization - $545.00 
Total to date - $945.00 


Plans - - - - 131-2817 -_Union-Catherine Creek Section, Medical Springs Sec- 
ondary Highway, Union County. 
lst authorization - $250.00 


Test Pits - - - 33-2815 - Seufert-Dufur Section, The Dalles-California High- 
way, Wasco County. 3rd authorization - ¢ 38.00 
Total to date - $334.00 


The Commission had under consideration the following requests for 
extensions of time within which to complete highway construction projects: 


0. C. Yocom, contract No. 2134, for the grading, surfacing 
and oiling of the Sheridan-Polk County Line Section of the 
Sheridan-Lincoln County Road, in Yamhill County, requested an ex- 
tension of time of 15 days, from July 31 to August 15, 1939, with- 
in which to complete this project. He alleged that his failure to 
complete the project within the specified time limit was due to ex- 
tra work that the state required him to do under Price Agreement 
No. 1, being for the furnishing and placing of reject materials on 
macadem surface or binder course. The Engineer advised that the 
reason given by the contractor for failure to complete the job with- 
in the specified time limit is correct. He recommended, in view 
thereof, that the extension of time requested be granted without 
penalty. A letter was presented from the Public Roads Administra- 
tion concurring therein. The Commission approved the recommenda- 
tion by unanimous vote. 


E. C. Gerber, contract No. 2149, for grading, surfacing and 
oiling and also furnishing crushed materials in stock piles on the 
Shaw Junction-Gates Section of the Silver Creek Falls and North 
Santiam Highways, in Marion County, requested an extension of time 
of 3 days, from July 30 to August 2, 1939, within which to complete 
this project. He geve no reason for failure to complete the proj- 
ect within the specified time limit. The Engineer advised that, in 
his estimation, there is no valid reason why Mr. Gerber could not 
have completed this job within the specified time. He recommended 
that the extension of time now requested be granted subject to the 
condition that Mr. Gerber be charged for the extra engineering ex- 
pense incurred by the state subsequent to the specified date of 
completion. A letter was presented from the Public Roads Adminis- 
tration concurring therein. The Commission approved the recom- 


mendation unanimously. 


Warren Northwest, Inc., contract No. 2180, for construction 
of the Deschutes Oiling Project on the Central Oregon, Fremont 
and Century Drive Highways, in Deschutes, Klamath and Lake Counties, 
requested an extension of time of 20 days, from July 31 to August 20, 
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carry them on the state pay roll. It was the Commission's thought that the 
employment of shovel runners by the state would act adversely to the state's 
best interests and accordingly, after considerable discussion, it was decided 
not to hire these men and to so inform the delegation wher i* appears. 


The Engineer presented a list of surveys that he has ordered since 
the last meeting of the Commission and asked the Commission to confirm them 
and the amounts allocated for each. After due consideration the Commission 
authorized and instructed the Engineer to make such location surveys on vari-~ 
ous sections of the highways of this state, which said sections of highways, 
together with their identifying location survey numbers and the amounts auth- 
orized and allocated for such survey expenditures, are as follows: 


Plans ----—- 101-2818 - Miles Bridge-Baker Section, Medical Springs Second- 
ary Highway, Baker County. 
lst authorization - $300.00 


Plans - - - - 1-2819 - Baker-Gibbs Ranch Section, Baker-Unity Highwey, 
Baker County. lst authorization - $150.00 
Plans - - -- 4-2828 - Nehalem River-Sunset Camp Section, Wolf Greek High- 
way, Clatsop County. 1st authorization - $700.00 
Bridge - - - - 206-2902 - Myrtle Point Section, County Road, Coos County. 
lst authorization - $150.00 
Quarry ---- 19-2818 - Lakeview Section, Fremont Highway, Lake County. 


2nd authorization - $100.00 
Total to date $400.00 


Stock Pile & 

Quarry ----— 20-2839 - Cusnnan—Camp Creek Section, Siuslaw Highway, Lane 
County. 2nd authorization - €150.00 
Total to date $400.00 


20-2840 - Blachly-Long Tom River Section, Siuslaw Highway, 
Lane County. lst authorization - $535.50 


Plans - - - 


Right of Way - 121-2834 - Kernville-Forest Boundary Section, Siletz Second- 
ary Highway, Lincoln County. 
lst authorization - $600,00 


Location - -- 22-2818 - Foster-Bryant Hill Section, Santiam Highway, Linn 
County. 3rd authorization - $1,500.00 
Total to date $11,500.00 

Location - -- 23-2817 ~ Brogan-Jamieson Section, John Day Highway, Malheur 
County. 2nd authorization - $250.00 


Total to date $2,200.00 
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Walker Mountein Section of the Willamette Highway, in 
Klamath County. Completed September 21, 1939. 


Contract No. 2134, with 0. C. Yocom, for grading, 
surfacing and oiling the Sheridan-Polk County Line Sec- 
tion of the Sheridan-Lincoln County Road, in Yamhill 
County. Completed August 12, 1939. 


Contract No. 2137, with Babler Brothers, for sur- 
facing and oiling and furnishing crushed rock in stock 
piles on the Grant County Line-Unity Section of the John 
Day Highway, in Baker County. Completed August 30, 1939. 


Contract No. 2149, with Edwin C. Gerber, for grading, 
surfacing and oiling and furnishing crushed rock in stock 
piles on the Shaw Junction-Gates Section of the Silver 
Greek Falls and North Sentiam Highways, in Merion County. 
Completed August 2, 1939. 


Contract No. 2152, with Leonard and Slate, for grad- 
ing and paving the North Unit of the Oregon City Section 
of the Pacific Highway East, in Clackamas County. Com- 
pleted September 8, 1939. 


Contract No. 2161, with Roy L. Houck, for grading 
the Lobert Section of The Dalles-California Highway, in 
Klamath County. Completed August 4, 1939. 


Contract No. 2180, with Warren Northwest, Inc., for 
the Deschutes Oiling Project on the Central Oregon, Fre- 
mont and Century Drive Highways, in Deschutes, Klamath 
and Lake Counties. Completed August 19, 1939. 


Contract No. 2200, with McNutt Bros., for grading, 
surfacing and oiling the Hillsboro Airport-Ray's Ranch 
Section of the Hillsboro-Cornelius Pass County Road, in 
Washington County. Completed September 6, 1939. 


Contrect No. 2201, with Edlefsen-Weygandt Company, 
for pavement widening and resurfacing of the Sandy Boule- 
vard Section (44th Ave. to 74th Ave.,) of the Columbia 
River Highway, in Multnomah County. Completed Septem- 
ber 23, 1939. 


THEREFORE, BE IT RESOLVED that the work covered by said 
state highwey contracts for the construction of said state highway 
projects be declared completed according to the terms of the re- 
spective contracts, and said jobs are hereby accepted and final 
peyment im connection with each is hereby authorized. 
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1989, within which to complete this project. They attributed their 
failure to complete the project within the specified time limit to 
unfair weather conditions for the carrying on of the oiling work in 
the vicinity of Lakeview during the month of June. The Engineer ad~ 
vised that, in his estimation, this contract should have been com- 
pleted within the specified time limit and he knows no valid reason 
that could be given by the contractor for failure to do so. He rec- 
ommended in view thereof that the extension of time now requested be 
granted subject to the condition that the contractor be required to 
reimburse the state for the extra engineering expense incurred in 
comnection with this job subsequent to the specified date of com- 
pletion. The Commission approved the recommendation unanimously. 


The Commission had under consideration the question of a for- 
mal extension of the time limit for completion under contract 
No. 2003 awarded to Minneapolis-Moline Power Implement Company on 
August 12, 1937, in connection with the supplying of materials for 
the Whiteson Grade Separation Project. It appears that the con- 
tract provided that the completion date should be November 27, 1937, 
but carried the further provision that the material should be held 
by the fabricator thereof until shipping instructions were given by 
the State ighway Department. These shipping instructions were not 
issued until December 10, 1937, and in accordance with said instruc- 
tions the materials were shipped and were received and accepted in 
Portland on December 25, 1937. After consideration, the Commission 
ordered the entry of a formal extension of time on the contract from 
November 20, 1937, to December 25, 1937, without penalty. 


The Engineer reported that Contracts Nos. 2067, 2113, 2121, 2134, 
2137, 2149, 2152, 2161, 2180, 2200, and 2201, for the construction of state 
highwey projects, have been completed according to the requirements of the con- 
tracts or modifications thereof, and unat said jobs are now ready for accept- 
ance. The following resolution accepting the above projects was offered end 
was adopted by the unanimous vote of the Commission: 


WHEREAS, the Engineer has reported that the following State 
Highway Commission contracts for the construction of state highway 
projects have been completed according to the terms and provisions 
of the contracts and said jobs are now ready for acceptance: 


Contract No. 2067, with Leonard & Slate, for grading 
the Sheep Ridge-Toll Creek Section of the Santiam Highway, 
in Linn County. Completed September 12, 1939. 


Contract No. 2113, with Roy L, Houck, for grading, 
surfacing and oiling the Crooked Creek-Lobert Section of 
The Dalles—California Highway, in Klemath County. Com- 
pleted August 17, 1939. 


Contract No. 2121, with Fisher Brothers, for surfac- 
ing and oiling and furnishing crushed rock on the Odell Lake- 
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NOW, THEREFORE, BE IT RESOLVED that the several offers, 
or bases of settlement hereinafter enumerated be, and the same here- 
by are, approved and accepted, and that the Attorney for the State 
Highway Commission be, and he hereby is instructed to complete the 
acquisition of the said properties and to take title thereto in the 
name of the State of Oregon. The said properties hereby ordered and 
authorized to be acquired are as follows: 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Warren-Scappoose Section ~ Columbia River Highway 
7160-Sherman, ©. W. 0.21 $200 per a. plus $83 McChesney 


7162-Tabor, James R. " 0.08 €200 per a. 
58-Boesel, J. A. et al " 0.27 $200 per a. plus $71 " 
7161-Golse, Frank « 0.23 $200 per a. plus $155 " 
7169-Wikstrom, C. E. et al " 0.07 $200 per a. plus moving 
bldg.(Estd. at $800) 
77l-Newman, Henry " 7800 sq.ft.5f sq.ft. plus $1610 " 
7L67-Young, Elsworth S. k/W, gravel 1.92 $200 per a. plus $628.60, 
channel change plus fencing ° 
7170-Wikstrom, I. G R/W 15,681.6 sq.ft. 2¢ sq.ft., plus $686.37 
plus moving--low bid 
$3700.00 " 
7T169\h-Wikstrom, C. E. " 0.04 ¢200 per a. plus low 
(Correction) bid of $134 for leveling 
and seeding lawn, bldg. 
concrete walk sa 
T164-Miller, Howard " 0.07 $200 per a., plus $253, 
(Correction) plus low bid of $695 for 


moving house, etc. 


rd Section - Pacific West 
6957-Heffron, Margaret B. wa 1454 sq.ft. 4f sq. ft. Collins 


7000-Franciscan Fathers of 


California " 23."  GRaTIS n 
6967-Butler, F. J. " 670" " sf sq. ft. plus $85 " 
(Correction) 
6965-Christensen, Christian " 425" " 8¢ sq. ft. " 
6990-Zweible, Helen, L. " 5089" " 4f sq.ft. plus $164.20 n 
(Correction) 
6946-Summers, Margaret " gio" " 4f¢ sq. ft. plus $325 plus 
moving (Est.$800) " 
694,7-Bristow, Alice F. " 4344" " 46 sq.ft. plus $321.50, 
(Correction) plus moving bldgs. (low 
bid $1700) ba 
Tillamook and Clatsop Counties - Wolf Creek Highway 
,0l-Properties Corporation Park 412.72 $5 per a. Parker 


ection - West Portland-Hubbard Highw 
2425 sq.ft. Lump Sum 175 
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The Commission discussed the scheduling of its regular meeting in 
December and decided to hold such meeting in Portland on Thursday, December 7, 
1939. The Secretary was instructed to make the usual arrangements to hold 
this meeting in the auditorium of the Public Service Building. 


The Commission adjourned at 7:40 o'clock p. m. and reconvened at 
9:15 o'clock p. m. in the same room with all Commissioners present and partic- 
ipating. Also present were the State Highway Engineer, the Attorney, and the 
Secretary. 


The Commission had under discussion the request from the Committee 
in charge of the McLoughlin Memorial Home, in Oregon City, for the placement 
of fingerboard signs on the highway right of way in Oregon City directing the 
public to the McLoughlin Home; also, for the @ection of historical markers at 
the north and south entrances to the city containing authentic pioneer informa- 
tion with reference to the McLoughlin Home. The Commission, by unanimous vote, 
approved the installation of fingerboard signs, as requested, but deferred 
for future consideration the metter of permitting the other signs to be main- 
tained on the highway right of woy. The Secretary was instructed to convey 
such information to Ray Conway, Manager of the Oregon State Motor Association, 
who presented this matter on behalf of the McLoughlin Home Committee. 


The Assistant Attorney reported the status of the 1939 right of way 
budget. He advised that of the $600,000 budgeted for this purpose there has 
been obligated for right of way and real property purchases the sum of $582, 000 
which indicates that expenditures for this year will not exceed the budgeted 
amount. The Commission approved the report. 


The Attorney requested authority to purchase numerous parcels of 
real property that are needed for various highway improvements throughout the 
state. He submitted a list of svch properties, together with prices that he 
recommended be paid for each. After careful consideration, the Commission ap- 
proved the request and, by unanimous vote, adopted the following resolution 
with respect thereto: 


WHEREAS, in connection with the further improvement of 
the highways hereinafter designated, it is and has been necessary 
to acquire property for right of way, quarry sites, gravel or other 
material sites, or sites for the storage of materials, as hereinaf- 
ter more definitely set forth, and 


WHEREAS, as a result of negotiations carried on with the 
owners of the property required, options have been obtained, which 
options have been considered by the Commission, outlining the bases 
of settlement which heave been agreed upon, and 


WHEREAS, it is the judgment of the Commission that the 
said options should be approved and accepted, and/or the said re- 
ports be declared acceptable to the State Highway Commission as 
bases of settlement for the properties involved, and that the ac- 
quisition of the properties should be completed: 
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Section, Hwy., and Owner Purpose Acres Approximete Amounts Agent 
Alb 
6399-Bronson, a H. R/W 16,625 sq.ft. $0.015 sq.ft. plus 

67.75 Gardiner 
7186-McLeod, Gertrude, and Slope Land Gratis plus $50 " 

Bramley, Gertrude Easement 

6385-Greham, Angus A. R/W 11,642 sq. ft. $0.015 sq.ft. " 
6391-Shipman, Elsie " 1493 " $0.015 sq.ft. plus $6 " 
6396-Richardson, J. L » 10,70 " " $0015 " "  " " 


5721-Hornback, S. E. Slope Easement 132 " " 


$839.50 
Land Gratis, plus $25 " 


7387-Rhodes, Ella M. et al R/W 2.0 a. 1.0 a. at $100 per a. 
1.0 a. at $200 per a. 
plus $56.25 , 
6384-Clayton, Charles " 4,708 sq.ft. $0.035 sq.ft. 8 
5882-Brown, Max " 2.83 a. Land and damages-§1500 
(Correction) Lump Sum - plus deed por- 
(outside R/W) tion Cox property - 

0.05 acre bd 
5843-Moench, Gladys P. n 2,871 Bqefte 5f sq.ft., plus $1256.45 " 
Ti4-Childs, Chas., Wm. " 995 5¢ sq.ft. plus $200.25 " 

Eagles, W. A. Cox 
6388-Chance, W. B. n 5,082 " " §0.015 sq.ft. " 
6392-Chance, W. B. et al R/W 30,743 " " $0,015 su. ft. " 
Ditch 
5159-Fox, J. A. & Elva R/W 336 " " Lunp Sum $550 Devers 
Ukia e Secti endleton-John Highwa 
7239k-Fayette, Mettie Stock pile 1.03 $30 per a. plus $5, 
’ plus fencing Viells 
Devitt-Bl Section - lodgett hwa: 
7196-Whitby, Herold R. et al 0.93 Lump Sum - $2.65 Eason 
Cus emp Creek Section - Siuslaw Highwa 
7396-Darling, Chas. M. Stock pile 0. 63 Lump Sum - $150 ly tle 
7395-Walker, Ray " * 1.17 " " $150 " 
Charl Ar ection — Cepe Arago Highw 
729-Bastendorff, Mike 1.43 $150 per a. plus 
$210.95 Gardiner 
ch- 1 Section - Tiller-Treil Highwe: 
ne Clyde W 1.02 Lump Sum - $50 Benson 
a een Creek Sec acific 
7267-Searles, A. 6188 sq.ft. 23 sq.ft. plus 
$70.30 McCallister 
Lake Cou 8 d r Wi 
7236-Pfrang, Vim. Snow fence Easement GRATIS Chandler 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Hi ehwe, 


"$8,000 q.ft. LUMP SUM $440 Chandler 


5 bell, 
7119-Ziba and Evelyn 

Chamberlain 
7113-Cutting, Wm. H. 5980 sq.ft. " “ $150 plus $12.50" 
7117-Seth Clarkson " 0.28 Land $100, plus fencing " 


Woodburn Section - Pacific Highway East 
7307-Oregon Electric Ry.Co. Stock pile 3 months' lease at $5 per mo. Eason 


Sal le Cre ction - Pacific Highw. st 
591 sley, A. E. 1089 sq.ft. 10¢ so.ft.plus McCallister 
$641.10 
5782-3 Benj. Franklin Federal R/¥ 3703 sq.ft. 5f 'Bq.ft. plus $1014.85 " 
Savings & Loan ass'n. 
5914A-Falk, Conrad R/i 42500" " 6¢ sq.ft. plus $100 " 
74,03-Golden, Virgil T. n s91" " 6¢ sq.ft. plus $46.54 * 
le = ection - Oregon Coa i 
4111-Sunset Investment Company 25,877 sq.ft. 10¢ sq. ft.  MeCallister 


sibent-_Seshion — Pacific Bishvar Eat 
6390-Welter, H. P. 5100 sq.ft. $0.015 sq.ft. 


6395-Morgan, Rose " 677% " * reg " ©, plus 
0 
5723-Creswell, John A. Slope ease- 198 " " GRaTIS 
. ment 
6387-Miles, W. C. R/W 864339 « " «= "~«=§0.035, plus $798.13 
7251-Burton, Pearl " 1533 " In exchznge for portions 
of Lots 3 & 4, Block 22 
6389-—Dawson, Alfred " 841 8 " G0.015 sq. ft. 
6400-Jenks, Oliver H. " 0.78 a. $400 per a. plus $69 
5832-Ashton, Cc. R. " 8283 8q. as sq.ft., plus 
138.50 
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The Attorney brought up for discussion the matter of purchase from 
the Sunset Logging Company of an 80-acre tract of green timber situate adje- 
cent to the Wolf Creek Highway about one mile west of the Washington-Tillamook 
County Line, more particularly situate in the north half of the southeast 
quarter of Section 2, Township 3 North, Range 6 West, W.M. He advised that 
the state already owns the land on which this timber is located but the tim- 
ber is still owned by the Sunset Logging Company which plans to start cutting 
it within the next two weeks. He gave as his thought that the state should 
own this timber which would be in accordance with the Commission's policy 
with respect to the preservation of the natural beauty of this road and ad~ 
vised that the Sunset Logging Company will sell it to the state at the rete 
of $3.50 per MFBM, which would amount to about $5,000, there being about 
1,500,000 feet of timber on the tract. The Commission indicated that it would 
acquire this timber in the event the purchase is recommended by the State 
Parks Superintendent. The Assistant Attorney was instructed to ascertain 
the Parks Superintendent's attitude with respect thereto. (This matter was 
reconsidered by the Commission on the following day at Which time the Assis- 
tant Attorney reported that, while the State Parks Superintendent would like 
to acquire this timber, he could not recommend purchase now because there are 
other tracts along this highway west of the town of Elsie for which he would 
rather spend the money. He suggested, in view of the circumstances, that it 
might be possible to arrange an exchange of properties with the Sunset Logging 
Company, the state to secure title to the timber on the tract under discus- 
sion and to deed to the Sunset Logging Compary a 40-acre tract of timber land 
neerby which is situate a considerable distance from the highway, the ex- 
change to be made on the basis of timber at $3.50 per MFBM, and an allowance 
being made to the Sunset Logging Company for the extra cost of loging the 
timber from the state's 40-acre tract over the cost of logging the timber 
from the tract that the state is acquiring. The Commission approved the sug- 
gestion and authorized the Assistant Attorney to discuss the matter with the 
officials of the Sunset Logging Company on such basis.) 


The Assistant Attorney requested authority to institute condemnation 
proceedings to acquire certain parcels of real property that are needed for 
various highway improvements. The Commission granted the request and, by un- 
animous vote, adopted the following resolution in regard thereto: 


WHEREAS, the State Highway Commission is by law author- 
ized and directed to lay out, locate, relocate, designate, con- 
struct, reconstruct, improve, and maintain a system of state high- 
ways in the State of Oregon, including both primary and secondcry 
state highways, to acquire rights of way necessary therefor, and 
to declare the necessity ani need for the acquisition thereof, and 
the advantages to be gained thereby ; 


NOW, THEREFORE, BE IT AND IT HEREBY 1S RESOLVED by the 
State Highway Commission as follows: 


l. That the State Highway Commisbion does hereby find 


and declare that it is necessary, will be of advantage to the 
State of Oregon, and is needful that the state acquire for right 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 
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ores Boundary ot tonwood reek ect, n — KRiamath rLig-Lakev ° nwen 
6898-Slover, Wm. M. : 4-96 Lump sum - $50 DeSouza 


Albee-Ukiah Section - Pendleton-John Day Highway 
7238-Hilbert, Frank A. Stock pile 1.0 $30 per a. plus fenc- Wells 
: ing 


Squair, Tasnchdpns, Sections, Seseee-Heahineton Biches 
7li2h-Rogers, L. L. Gratis - release of 


leases 


~heak / 
Biss ane 


+ 
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Forest Boundary-Dale Section ~ Pendleton-John Day Highway 
7243-Arbogast, Hazel Stock pile 1.05 $30 per a. Wells 
724,5-Powell, Annabelle Quarry 10.28 $25 per a. plus $131.25 " 


st Boundary —H 5 arm Springs Highway 
6-Confederate Scites of R t3 per a., plus $5,075, 
Warm Springs Indian plus fencing 

Agency (Correction) 


ope ver-Scotts But 20. 
heur County : 49.96 Gratis Wells 


6909-Gill, Albert S. 5.02 $6 per a., plus $132.75 ® 

6908-Larsen, Anton P. 0.16 $6 per a., plus $9 ° 

6905-Anderson, Richard C. 1.01 Lump sum - $10, plus fene- 
ing " 

6912-Bohemian Old Folks Home 2.84 $6 per a., plus $4.50, 

and Orphan Asylun plus fencing 

6910-Edson, Leslie 2.34 $6 per a., plus €3, plus 
fencing 

6915-Graham, Effie B. 1.38 $6 per a., plus $36 

6901-Blatt, I. 4-54 $6 per a., plus $120 fenc- 
ing 


ew Sect ~ Fremon Wi 
7310-Lake County Talus and grevel Land gratis, plus fencing 
pit 0.7 and moving bldgs. (Est'd 
$150) Parker 
7309-Barry, M. P. J. Talus and Quarry at approx. €40 per a. or 
Site 13.17 lump sum $520 " 
731l-Winchester, R. E. Talus pit 1.55 $100 per a., plus $45 « 


The Assistant Attorney reported an offer from Mr. Charles Childs, 
Albany, to purchase, for the sum of $10.00, an old building located on the 
newly-acquired right of way of the Pacific Highway East, in Albemy. The Com- 
mission decided not to sell this building to Mr. Childs, in view of the fact 
that it was purchased from him in the first place, and to let the contractor 
dispose of it as he sees fit. 
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3. ‘That the boundaries of the said parcel or parcels of 
land, as defined and determined by the said survey made by the said 
Highway Engineer, along the route or location adopted by the High- 
way Gommission, shall be end the same hereby are adopted and the 
lands defined therein are hereby declared to be and the same are 
included within the rights of way of the said portion or portions 
of the said state highway system and hereby are declared to be 
necessary for the proper location, improvement, construction, and 
maintenance of the said portion or portions of the state highway 
systen. 


4. That I. H. Ven Winkle, Attorney General of the State 
of Oregon, and J. M. Devers, Assistant Attorney General and At- 
torney for the State Highway Commission, be and they are hereby 
requested, authorized, and directed to attempt to agree with the 
owner or owners and/or with the tenants or persons in possession, 
if there be any, of said parcel or parcels of land with respect 
to the compensation to be paid for the taking of the same and 
the damage, if there be any, and in the event that no satisfactory 
agreement or agreements can be reached, then it is hereby further 
resolved that the Attorney General of the State of Oregon and J. 
M. Devers, Assistant Attorney General and Attorney for the State 
Highway Commission, be and they hereby are requested to commence 
and prosecute to a final determination such suit or action, or 
suits or actions, as may be necessary and appropriate to acquire 
title to the said premises and all rights therein for the pur- 
poses herein stated. 


5. That this resolution be entered in full in the min- 
utes and records of this Commission. 


The Assistant Attorney reported on investigetions with respect to @ 
service station that encroaches upon the Pacific Highway West (Denver Avenue) 
at its intersection with the Pacific Highway East (Union Avenue) in North 
Portland. He said that inspection of the records in the Multnomah County En- 
gineer's office reveals that on December 22, 1926, the Board of CountyConmis- 
sioners granted to the Standard Oil Company of California a revocable permit 
authorizing the occupancy by this building of the right of way of Denver Avenue, 
which permit contained a clause that the permit is revocable at any time in 
the future upon 30 days’ notice to the county. He further advised that sub- 
sequent inquiry reveals that this service station is now under the control of 
Staniard Stations, Inc., and that it was stated to him by officials of such 
corporation that they do not contest the legal authority of the State Highway 
Commission now to revoke the permit originally granted by Multnomah County. 
In fact, their lease of the property, which runs for a 5.year period ending 
June 30, 1943, contains a provision to the effect that, if the lessee is re- 
quired * ‘vacate the public right of way, the lessee then shall have the 
right t cel its lease upon 30 days' notice to the lessor. He gave as his 
opinion . “e right of the State Highway Commission to cancel the permit 
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of way purposes for use in connection with the permanent location, 
construction, improvement, ard maintenance of the following sec- 
tion or sections of the state highway system of the State of Oregon, 
to wit: 


Salem-Pringle Creek Section of the Pacific Highway East 
Davies-Vadis Section of the Wolf Creek Highway 

Muddy Creek-Lakeview Section of the Klamath Falls-Lakeview 
Highway 

Warren-Scappoose Section of the Lower Columbia River Highway 
Albany Section of the Pacific Highway East 


“lS a ele sii i | Aaa DANE Rhee 
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real property owned by or in possession of the following parties and/ 
or persons, to wit: 


Salem-Pringle Creek Section of the Pacific Highway East 
5915A-Ethel T. Allison and Ira R. Thomas 
Davies-Vadis Section of the Wolf Creek Highway 
6276--Lester Sell 
Muddy Creek-Lakeview Section of the Klamath Falls-Lakeview Highway 
4157—A. C. Kingman end C. B. Ledgwick 
4176--E. L. Ford 
Warren-Scappoose Section of the Lower Columbia River Highway 
7159--Erickson's Dairy Products Co. 
Albany Section of the Pacific Highway East 
6377--Charles Childs and A. K. McMahan 
6379--Ruth Nelson 
6381--Roy W. Nutting and Winnifred Nutting 
6388-—Walter Chance, Jr.; et al. 
6392--Mary C. Goodwin and Unknown Heirs of Harrison 
Q. Chance, deceased. 


and this Commission does hereby declare further that the said prop- 
erty or properties are necessary, are needful, and the acquisition 
thereof will be of advantage to the State of Oregon for right of way 
purposes in order to make it possible for the State Highway Commis~ 
sion to properly locate, relocate, construct, reconstruct, and main- 
tain said portion or portions of the said state highway system in 
accordance with standards adopted hy this Commission relative to 
curvature, grades, alignment, drainage, and factors of safety. 


2. That the State Highway Engineer be and he hereby is 
instructed and directed to properly survey the parcel or parcels 
of land required for such right of way purposes and prepare proper 
and adequate descriptions thereof, which descriptions shall be en- 
ployed in the preparation of a deed or deeds or other instrument 
or instruments necessary to complete the acquisition of the said 
property or properties or which descriptions may be used in the 
preperetion of a complaint in the event that condemnation proceed- 
ings are necessary. 
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Division Engineer E. A. Collier was authorized by the Commission to represent 
the Commission before the City Planning Commission when this matter comes up 
for discussion. 


The Commission discussed and signed two state highway fund vouchers 
calling for the last two payments to the Miami Corporation for timber strips 
recently purchased from the corporation along the Salmon River Highway, each 
voucher being in the sum of $12,930.40, it being understood that the vouchers 
shall not be presented to the Secretary of State for payment prior to the time 
the payments are due, August 25, 1940, and August 25, 1941, respectively. 


A report was rendered by the Assistant Attorney with respect to the 
ocean beach at Seaside, which is being used as a landing field for airplanes. 
He advised that investigation reveals that the area being so used is in the 
ownership of the state and is, therefore, a public highway, specifically under 
the jurisdiction and control of the State Highway Commission. It was the 
thought of the Commission that the use ef the beach for this purpose is detri- 
mental to the best interests of the general public and, if possible, should 
not be allowed. However, the question arose as to whether or not the City of 
Seaside has any particular interest in the use of the area for the purpose 
mentioned. The Secretary was instructed to ascertain whether or not the city 
has any such interest and to request the city officials, if no such interest 
exists, to take action as may be necessary to discourage and stop the landing 
of airplanes on this beach, and to advise the city officials, if the city does 
have an interest in such activities, that it is the feeling of the Highway Com- 
mission that the use of the beach as a landing field should be properly ap- 
plied for in accordance with the legal requirements. The Engineer was there- 
upon authorized to erect appropriate signs on the property in the event the 
city's reply is favorable. 


The Commission had under discussion the resignation of Honorable 
Robert W. Sawyer, Bend, as a member of the committee appointed to act in an 
advisory capacity to the Commission with respect to the activities of its Trav- 
el and Information Department. The members of the Commission expressed regret 
that Mr. Sawyer feels that he can no longer serve on this committee and has 
seen fit to resign therefrom. It was with reluctance that the Commission ac- 
cepted the resignation, because Mr. Sawyer has rendered valuable service to 
the state and to the State Highway Commission during his incumbency, which 
service is sincerely appreciated. The Commission thereupon signed the follow- 
ing letter with respect thereto and ordered it entered in the records of this 
neeting: 


Judge Robert W. Sawyer 
Bend Bulletin 

Bend, Oregon 

Dear Judge Sawyer: 


This note is to express the regret that the Commission feels 
over your resignation as 4 member of the Travel and Information Ad- 
visory Committee on which you have served as Chairman since its 
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and to require that the public right of way be cleared appears definite and in- 
contestable, although the officers of the corporation indicated that they 
might desire to be heard by the Commission in the matter, in the event the Con- 
mission orders the removal of the building. In view of this report, the Com- 
mission decided to adhere to its policy with regard to matters of this kind 
and to require the removal of the building at the earliest possible time. The 
Secretary was instructed to send formal notice to the corporation on the ac- 
tion taken and to ask them to move this service station off of the state's 
property within the next 90 days, which was considered a reasonable length of 
time within which the company could act. 


The Commission had under consideration the application of Mr. C. P. 
Henkel to purchase two fractional lots at Estacada outside of the standard 
right of way limits, for which an offer of $60 was made. After consideration, 
the Commission decided to deny the request to purchase, and instructed the At- 
torney to so advise Mr. Henkel. 


The Commission then gave consideration to the sale generally of ex- 
cess properties, title to which is held by the Commission. In view of the ex- 
pense involved in making examinations, it was decided that no sales will be 
made unless a cash offer of at least {3250 is made for the property involved. 
In the event of such an offer being received the Commission ordered that the 
State Highway Engineer and the Attorney make personal examinations and submit 
affirmative recommendations before consideration will be given to the sale by 
the Commission. 


The Commission had under discussion the matter of acquiring a small 
triangular-shaped parcel of privately-owned land on the west side of McLough- 
lin Boulevard (Pacific Highway East) in Portland, so as to prevent the parcel 
from being put to commercial use. The Attorney advised that this property 
lies in Block 7, Riverside Homestead Addition to Portland, and borders on S.E. 
8th Avenue as well as on the highway south of S.E. Cora Street. Further, that 
Mr. John Jordan, who owns the property and conducts a service station business 
on the opposite side of the highway at this point, contemplates the construc- 
tion of another service station on this small tract, and, to this end, is at- 
tempting to have the zone classification changed. It was his thought that a 
service station at this location would be objectionable from a traffic stand- 
point and would also detract from the apvearance of the highway, for which 
reason he inquired whether or not the Commission would be interested in the 
purchase of the area, which he valued at approximately 25¢ per square foot. 

In this connection the Secretary presented a letter from the Portland City 
Planning Commission advising that the City Council has been petitioned by Mr. 
Jordan to change the zone classification from Zone No. 1 to Zone No. 3, in or- 
der to permit the operation of a service station on the site, and advising 
that the City Planning Commission is of the opinion that it would not be to 
the best interests of the public to allow any more commercial developments at 
this point, and that the freeway characteristics of this thoroughfare should be 
preserved. They suggested the acquisition of the property by the State High- 
way Commission for roadside beautification and park purposes. After consider- 
able discussion, the Commission decided not to acquire this property, but went 
on record as being opposed to any change in the present zone classification. 


oe 
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Bids as follows for highway construction projects and for the sale 
of land were opened and read in conformance with previously published notice, ‘dine wr 
following which Chairman Cabell announced that the award of contracts would be < 
made at 3:30 o'clock p. m. in the same room: 


OLD OREGON TRAIL 
NORTH POWDER-MUDDY CREEK SECTION - ROADSIDE IMPROVEMENT 


Norris Bros. : $ 5,485.00 
Blair T. Alderman 7,453.50 
R. H. Blower 8,645.00 
D. L. Ashton 9,579.00 
PACIFIC HIGHWAY 
WATER STREET SECTION - REMODEL EAST APPROACH TO EXISTING BRIDGE 
OVER WILLAMETTE RIVER AND CONSTRUCT CONCRETE VIADUCT 
McNutt Bros. $77,392.00 5 
Geo. H. Buckler Company 78,279.86 : | 
Birkemeier & Saremal 79,919.00 : 
C. J. Montag & Sons 87,570.50 { 
| COLUMBIA RIVER HIGHWAY 
: WARREN-SCAPPOOSE SECTION - - — - GRADING AND PAVING ae 
: Porter W. Yett $84,537.00 : 
: Warren Northwest, Inc. 89,994.50 
: Newport Construction Company 99,891.68 
OREGON COAST HIGHWAY 
DOUBLE LEAF STEEL BASCULE BRIDGE WITH COMPOSITE TRESTLE APPROACH 
OVER COAL BANK SLOUGH : 
J. W. and J. R. Hilistrom ; $ 89,962.50 
Tom Lillebo - - s 94,499.00 
Barham Bros. 98,651.25 
Coos Bay Dredging Company ; 98,810.00 
Kuckenberg Construction Company 101,143.00 % 
C. J. Montag & Sons . 1@2,610.50 ‘ 
Birkemeier & Saremal 102, 835.75 : 
Jacobgen-Jensen Company 104,716.00 ‘ 
PENDLETON-JOHN DAY HIGHWAY : 
NYE JUNCTION-LONG CREEK ROCK PRODUCTION PROJECT 4 
*A. S. Wallace $37,370.00 
F. R. Hewett Lap ZZ 
W. B. Hewett Company a7 We 
39,400.00 


Rogers Construction Company 
(Continued on next page) 


*Will accept only one project. 
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creation. The Highway Commission has felt that this committee 
has done an outstanding work and guided us in a field which could 
have presented many difficulties. 


We feel that this undertaking of the Commission has been high- 
ly productive and one that has met with general favor throughout 
the state. Results have been due, in a substantial measure, to the 
deep interest, wisdom and guidance of the Advisory Committee members. 


We thoroughly appreciated your service on the committee and 
again repeat that it is with sincere regret that we received your 
resignation. 


Yours sincerely, 
STATE HIGHWAY COMMISSION 


Henry F. Cabell (signed) 
Chairman 


E. B. Aldrich (signed) 
Commissioner 


Huron W. Clough (signed) 
Commissioner 


The Commission then discussed the appointment of two new members to 
the Advisory Committee, one to take the place of Mr. Sawyer, resigned, and 
the other to take the place of the late Raymond B. Wilcox. After discussion, 
it was decided unanimously to ask Mr. E. B. Hoyt, Publisher of the Morning 
Oregonian, Portland, and Mr, W. D. B. Dodson, Executive Vice President of the 
Portland Cham@er“of Commerce, to serve on this committee. The Secretary was 
instructed to Girect a“letter to each of these gentlemen requesting their ac- 
ceptance of the. appointment. 


The Commission adjourned at iia. to reconvene the following 
morning in the auditorium of the Public Service Building. 


: Portland, Oregon, September 28, 1939 


The State Highway Commission reconvened in regular session at 9:00 
o'clock a, m. in the auditorium of the Public Service Building. Present. were: 


Henry F. Cabell, Chairman 

E. B. Aldrich, Commissioner 

Huron W. Clough, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 
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(South Unit, Albany Section, continued) 


McNutt Bros. $ 13,019.50 $ 
H. B. Klineline 13,890.00 
Frank Pennepacker 14,025.00 
Coos Bay Dredging Company 14,490.30 
D. L. Ashton 14, 723.50 


PACIFIC HIGHWAY EAST 
ALBANY SECTION - EIGHT CULVERTS AND ONE BRIDGE 


Averill & Corbin § 35,858.40 
Odom Construction Company 38,297.00 
Kuckenberg Construction Company 38,955.00 : 
Barham Bros. 39,408.20 
E. C. Hall Company 41,182.50 
Frank Pennepacker 41,772.00 
McNutt Bros. 41, 772.50 
Cc. J. Montag & Son 43,160.90 
Contracting & Sales Company, Inc. 47,413.00 
Leonard & Slate 49,356.00 


PACIFIC HIGHWAY EAST 
SALEM-PRINGLE CREEK SECTION - GRADING AND PAVING 


i il i i I lili a i a 


Roy L. Houck $ 8,765.50 

Leonard & Slate 90,696.00 
Jacobsen-Jensen Company 92,636.50 

Warren Northwest, Inc. 93,056.50 

Theo. Arenz 94,408.50 

Berke Bros. 98,103.00 oe 
McNutt Bros. 99,955.50 ‘eB 
Edlefsen-Weygandt Company 101, 381.50 


OLD OREGON TRAIL 
WEST UNIT, STANFIELD-PENDLETON HILL SECTION - ROADSIDE IMPROVEMENT 


M. E. Meyers & Son $ 2,270.00 

Blair T. Alderman 3,060.00 

Norris Bros. 3,275.00 

D. Le Ashton 3,320.00 a 

R. H. Blower 3,850.00 - ; 
WESTON-ELGIN SECONDARY HIGHWAY 

WESTON-ELGIN ROCK PRODUCTION PROJECT 

F. R. Hewett é 24,240.00 

A. S. Wallace 25,134.00 

Rogers Construction Company 25,150.00 

Joslin & McAllister 27, 736.00 a 

Homer G. Johnson 35,210.00 bi f 
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(Nye Junction-Long Creek Rock Production Project, continued) 


Joslin & McAllister $ 40,560.00 
Fisher Bros. 40,620.00 
Saxton, Looney & 40,890.00 

tion Company 43,970.00 
Homer G. Johnson 46,700.00 
Schmeer & Williams Bros. 55,985.00 


COLUMBIA RIVER HIGHWAY 
LANG CANYON-ARLINGTON SECTION 
GRADING, SURFACING, BITUMINOUS MACADAM; CRUSHED ROCK IN STOCK PILES 


Leonard & Slate $182,165.50 
Clifton & Applegate 184,646.50 
Diesel Oil Sales Company 189,311.00 
Homer G. Johnson 192,319.00 
K. L,. Goulter 193,289.00 
Morrison-Knudsen Company 196,500.50 
J. C. Compton & Frank Pennepacker 205,440.00 
Max J, Kuney 215,216.00 
Jacobsen-Jensen Company 219,355.50 
Newport Construction Company 220,254.90 
Colonial Construction Company 250,993.00 
E. C. Hall Company 252,026.00 
C. J. Eldon 275, 854.50 
McNutt Bros. 322,579.00 


BUTTE FALLS COUNTY ROAD 
BUTTE FALLS SECTION - SURFACING AND OILING 


Norris Bros. $ 21,986.50 
R. I. Stuart & Sons 22,738.00 
Newport Construction Company 22,759.50 
Sexton, Looney & Risley 28,577.50 


KLAMATH FALLS-LAKEVIEW HIGHWAY 
COTTONWOOD CREEK-LAKEVIEW SECTION - GRADING, SURFACING, OILING 


Rogers Construction Company and J. C. Compton $ 99,622.30 
Homer G. Johnson 116,193.50 
E. C. Hall Company 119, 734250 
Fisher Bros. 125,197. 50 
McNutt Bros. 137,502.00 
PACIFIC HIGHWAY EAST 
SOUTH UNIT, ALBANY SECTION - GRADING 
#E, C. Hall Company $ 10,589.00 
Leonard & Slate 11,179.50 


(Continued on next page) 
* Will not accept this contract unless awarded the Albany Bridge Project. 


work are standing around with very little to do because of trouble experienced 
with the operation of power shovels, it appearing that serious difficulty has 
arisen with respect to the employment of shovel runners, who would rather not 
work at all than work for the salaries that are now paid for such work under 
the new W.P.A. regulations. He urged the Commission to hire the operators of 
this equipment and to carry these men on the state payroll at standard rate of 
pay for men in this class of employment, and declared that unless the Highway 
Commission does something to alleviate present conditions completion of the 
Wilson River Highway will be delayed for years. 


County Commissioner Lindsey stated that the people of Tillamook Coun- 
ty are very much disappointed in this year's progress of the work on this high- 
way. He asserted that there is only one power shovel in operation on this 
job and that it is laid up a large part of the time for repairs. The inef- 
ficiency of the operation of this shovel, he said, is holding up all other 
work on this project; in fact, because of the trouble experienced with the 
shovel and with the securing of men to operate it, the efficiency of the en- 
tire Wilson River project is far below that of last year, such efficiency be- 
ing now 30 per cent, whereas last year it was 80 per cent. He urged the Com- 
mission to assign another shovel to this job; also, to place a topping course 
of rock on the section where the grade is finished, and to expedite construc- 
tion of a certain channel change in the Wilson River. He gave as his thought 
that the state should not only add another shovel to this project but should 
also hire the men to operate the shovels, which, in his estimation, would in- 
crease the efficiency of the work to a considerable extent. Tillamook County, 
he said, feels that it is entitled to this improvement, which it understood 
would be completed in 1940 but which, at the present rete of progress, will 
not be completed until a long time after that. 


County Judge Kerkman, of Washington County, concurred in the remarks 
of Mr. Barrick and Mr. Lindsey. He also advised that Washington County has ex- 
pended a large amount of money in the interest of the Wilson River project, 
notwithstanding that the money could have been used to excellent advantage on 
other road projects. He urged the Commission to take charge of the work, which 
he declared would never be completed if the W.P.A. is depended upon to finish 
it. 


Mr. Apperson endorsed the remarks of the other speakers and advised 
that the City of Portland is ready and willing to cooperate in the project in 
any way that it possibly can. He gave as his thought, however, that this is a 
problem that the Highway Commission must work out with the W.P.A. officials. 
Mr. Shull also endorsed the remarks of the other speakers and suggested that 
the Commission confer with Mr. E. J. Griffith, Stete Administrator, W.P.A., in 
regard to this matter. 


Mr. Lepper declared that the original plan for this highway was to 
complete the grading work in 1940 and the surfacing and oiling in 1941. He 
urged action to that end. Mr. Reed also urged the completion of the project 
so that it would be available for general public use in 1940. Ur. Riechers 
spoke on behalf of the project, as a member of the Tillamook City Council. 
Mr. Agchim gave as his thought that the state would eventually have to take 
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Bros. 
Homer G. Johnson . 
J. Eldon 20,512.50 
SALE OF 3,8-ACRE TRACT NEAR DEE, OREGON 
The only offer received for this land is that of H. C. McCurdy, of 
Dee, who submitted a bid deposit of $50.00 for the same, which indicates to 
the Commission that it was his intention to offer $250.00 for this property, 
in view of the fact that the Commission requires a deposit in an amount not 
less than 20 per cent of the amount of the bid. 


A delegation from Roseburg, consisting of W. C. Herding, Secretary, 
Chamber of Commerce; A. C. Marsters, President, North Umpqua Highway Improve~ 
ment District; Harry Ellsworth, Editor, Roseburg News-Review; Senator C. W. 
Clark; and H. B. Roadman, County Commissioner, came before the Commission and 
urged additional construction on the North Umpqua County Road, particularly a 
section extending easterly from the project completed this year to a 

connection with the present road. They urged this improvement at the earliest 
possible time and advised that Douglas County will acquire the needed right of 
way as soon as the Commission approves the project for construction. They 
were informed that the (-mmission has this project in mind and will be ' 
pleased to give it due co-sideration at the proper time, although no definite 
commitment of funds can be made now. 


A delegation from Tillamook, Washington, and Multnomah Counties, 
representing various organizations that are interested in the Wilson River 
Highway W.P.A. project, came before the Commission with respect to such work. 
Mr. Claude W. Barrick, City Attorney, Tillamook, headed the group, which con~ 
sisted of the following: County Judge Harland M. Woods and County Commission- 
ers E. H. Lindsey and E. G. Anderson and County Engineer W. Stanley Coates, 
all of Tillamook County; Jack Aschim, Secretary, Tillamook County Chamber of 
Commerce; Louis Hammer, Postmaster, Tillamook; A. J. Swett, Oscar Effenberger, 
and George D. Riechers, representing the Tillamook City Council; County Judge 
H. D. Kerkman, and County Commissioners James Lewis and J. W. Hughes, of Wash- 
ington County; F. L. Shull, C. A. Bigelow, and 0. V. Badley, representing the 
Board of County Commissioners of Multnomah County; George Buck, Multnomah 
County Roadmaster; Gilbert Finney, Rockaway; S. G. Reed, Nehalem, representing 
the North Tillamook County Chamber of Commerce; L. G. Apperson, City Engineer, 
Portland; and L. M. Lepper, Director, Eastside Commercial Club, Portland. 


Mr. Barrick alleged that progress on construction of the Wilson Riv- 


er Highway W.P.A. project is practically at a standstill, that nothing much 
has been done for some time, and that about 500 men who are employed on this 
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curvature, and would be at a higher elevation which would tend to reduce the 
grade line on the Timberline Lodge Road. After discussion it was mutually 
agreed to adopt the route that would connect with the Mt. Hood Highway 14 
miles west of the present (east leg) connection. 


The Commission adjourned at 12:30 o'clock p. m. and reconvened at 
1:30 o'clock p. m. in the same room, with all Commissioners present and par- 
ticipating. Also present were the State Highway Engineer, the Attorney, and 
the Secretary. 


Senator F. M. Franciscovich of Astoria headed a delegation from + 
Gearhart and Seaside which requested the construction of a sidewalk along the 
Oregon Coast Highway between these two towns. Other members of the delega- 
tion were Mrs. Lesley Miller and Mrs. J. M, Waterhouse, members of the Gear- 
hart City Council; Mayor Carl R. Lolk and Mrs. Lolk, of Gearhart; Mrs. James 
Murphy , Gearhart; and City Attorney Irving C. Allen, Seaside. 


Senator Franciscovich presented the arguments, which were endorsed 
by Mrs. Miller. The Commission appeared favorably inclined toward this proj- 
ect but advised that it could not render a definite decision in the matter un- 
til an investigation of conditions has been made. The Engineer was thereupon 
instructed by the Commission to make such investigation and report his find- 
ings, imcluding the cost of constructing the sidewalk, at his early conven- 
dence. He was also instructed to send a copy of his report to Senator Fran- 
ciscovich as soon as it is prepared, regardless of whether or not the report 
has been acted upon by the Commission. 


Mr, James 0. Convill, City Manager, Astoria, came before the Commis-— 
sion in regard to the moving of buildings from the right of way of the pro- 
posed Astor Street revision of the Oregon Coast Highway in Astoria. In this 
connection the Attorney advised that bids have been received for the moving 
and/or reinstating of all of the buildings on the north side of the street, 
the low one being in the amount of $4,780 if all are moved, or $4040 if all 
but one are moved, and that one is cut off to suit the convenience of the own- 
er. Mr. Convill advised that the omers of the buildings on the south side 
of the street have agreed to contribute the sum of $2,400 toward the cost of 
moving the buildings on the north side of the street, provided their buildings 
are not molested and the city will vacate in their behalf the 20-foot strip 
on which their buildings now encroach. They feel, he said, that the people 
on the north side of the street should pay the difference. He further stated 
that all but two of the property owers on the north side of the street are 
willing to contribute toward this expense but there still remains an amount 
of $1200 unaccounted for, a portion of which the city is asking the state to 
contribute because it cannot finance the project alone, having only $600 
available to apply thereon. He further advised that, unless funds can be sup- 
plied to pay the entire cost of the moving of the buildings, it will srobably 
be necessary to settle the matter in court, which they dislike to do because 
there is a question whether or not the decision would be favorable to the city. 
After considerable discussion the Commission voted unanimously to assume the 
payment of 50 per cent of this excess cost, approximately $600. The Attorney 
was authorizee by the Commission to render legal service to the city as may be 
required. 
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project as a state job and suggested that the State Highway Commisre 

charge now because it word not only help out the present situation 

undoubtedly save the stat~ considerable mney. Mr. Buck volunteered 
ormation that Multnomah County does not rely at all upon the W.P.A. for 

» operate and keep in condition equipment used on the county's W.P.A. 

fact, he said, the operation of county-owned equipment by W.P.A. 

t tolerated. 
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Chairman Cabell advised that the State Highway Commission is now 
from $150,000 to $175,000 annuelly on the Wilson River Highway and on 
Creek Highway and, naturally, is very anxious to see this money spent 
most efficient manner; but the question is, how is that to be accom- 

. He further stated that the members of the Highway Commission have 
considerable study to the matter of power-shovel operation and are of 
unanimous opinion that the state should not furnish state operators for 
equipment used on W.?.A. work. The Commission is as anxious as anyone, 
said, to obtain the greatest efficiency possible in connection with these 
ons and contemplates discussing the matter thoroughly with the W.P.A. 

authorities as soon as a convenient time can be arranged. Also, that the Com- 
mission will try to keep the work on the Wilson River Highway and the Wolf 
Creek Highway equalized to the best of its ability and will also try to work 

a solution for the present difficulty at the earliest possible time. The 
State Highway Engineer agreed to look into the matter of providing a satisfac- 
tery shovel for the Wilson River Highway operation. 
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County Judge J. H. Allen, of Grant County, was present and discussed 
briefly with the Commission the matter of extending the Kimberly-Monument Sec- 
ondary Highway from its present terminus at Monument to a connection with the 
Pendleton-Johm Day Highway at Long Creek. He was informed that the Commission 
has —e matter in mind and contemplates taking definite action thereon in the 
near future. 


Judge Allen then extended to the members of the Commission and its 
staff an invitation to attend a venison dinner as the guests of the Grant 
County Court on a date in the near future to suit the convenience of the Com 
mission. The Commission tentatively accepted the invitation, with thanks. 


The Commission conferred with the following federal officials in 
regard to the point of connection of the proposed Timberline Lodge Road with 
the Mt. Hood Highway near Government Camp: W. H. Lynch, District Engineer, 
H. D. Farmer, Senior Highway Engineer, representing the Public Roads Adminis- 
tration; Lyle F. Watts, Regional Forester; and James Frankland, Regional En- 
gineer, representing the U. S. Farest Service. 


The question involved was whether the proposed road shall connect 
with the Mt. Hood Highway at a point where the east leg of the present road 
now enters this highway, or should connect with the Mt. Hood Highway at a 
point about 14 miles westerly thereof. It was explained that the cost of 
constructing the road at the latter-mentioned location would be about $10,000 
more than the other but would have advantages to offset the extra cost in 
that it would provide a connection nearer to Portland, would contain less 
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Others speaking on behalf of this project were Mr. Fred Hall, who 
conducts a store at Crescent Lake, and Miss Collins, who operates a guest camp 
for girls at this place. Miss Collins alleged that the road under discussion 
ig unlike others leading into resort districts in the Cascade Mounteins in 
that it not only is needed as an accommodation to people going to the resorts 
for pleasure but also is needed from the commercial standpoint, inasmuch as 
there is quite a settlement of permanent residents at Crescent Lake needing 
this road throughout the entire year, whereas roads to the other resorts are 
utilized only during the summer months.» 


Chairman Cabell advised that this road is not eligible for state 
money and that the only money, other than county money, that can be used to 
finance the improvement of the same is the forest highway money, in the allo- 
cation of which the State Highway Commission has only one vote, it being nec- 
essary to have the unanimous vote of the State Highway Commission, the Public 
Roads Administration, and the U. S. Forest Service. He further stated that 
the members of the State Highway Commission are cognizant of the importance 
of this road and feel that its improvement is desirable; wherefore, the Com- 
inission will keep the project in mind and will endeavor to work out a satis- 
factory solution for it if that can be done without interference with the 
forest highway program that has already been arranged. 


Mr. Reynolds also discussed with the Commission the following high- 
way improvements: 


1. Widening of South Sixth Street in Klamath Falls:- He asked 
the Commission to authorize a survey of this project this fall so 
that information will be available for the Commission without delay 
when the Commission decides to go ahead with the work. 


2. Lost River Bridge Section of The Dalles-Californie Highway:- 
Mr. Reynolds urged the Commission to authorize this improvement at 
the earliest possible time. 


3. Improvement of The Dalles-California Highway at a point 
where the irrigation flume crosses over the same at the Semon's Place. 


4. Construction of the Dairy Section of the Klamath Falls- 
Lakeview Highway. 


5. Additional improvements to The Dalles-California Highway 
north of Klamath Falls:~ Mr. Reynolds urged the Commission to under- 
take another project on this section next spring if at all possible. 


He was informed by Chairman Cabell that the Commission has these 
projects all in mind and will endeavor to include them in future highway pro- 
grams, although no definite commitment of funds thereto can be made at the 
present time. 


County Commissioner William Baer, of Deschutes County, anc Mr. Don 
Peoples, Secretary of the Bend Chamber of Commerce, were present. They 
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County Judge David F. Graham, of Malheur County, was present and 
urged the Commission to retain in its construction program provision for the 
improvement of the Vale-Adrian County Road and to construct this project at 
the earliest possible time. He was informed that this project is still in 
the program and that it will be placed under contract as soon as it is ap- 
proved by the federal authorities and funds are available to finance it. 


Judge Graham also asked for the improvement of the Vale West Second- 
ary State Highway and urged the Commission to replace on the state secondary 
highway system the portion of the Nyssa-Jordan Valley Road that was removed 
therefrom a year or two ago. 


Mr. Roy W. Nutting, Albany, came before the Commission in regard to 
@ right of way settlement involving his home in Albany. It appears that the 
new highway takes off a small portion of Mr. Nutting's front yard and he al- 
leges that the loss ofthis property and the presence of the highway in front 
of his residence has decreased greatly the value of his home. He valued his 
home at $5,000 and advised that the state has offered him $1,000 for the land 
taken, including damages, which he cannot accept, but is willing to settle for 
$2,000. He presented a letter in support of his oral contentions. The As- 
sistant Attorney advised that this matter has been investigated very carefully 
and that he cannot recommend payment of more than $1,000 to Mr. Nutting. 


Chairman Cabell informed Mr. Nutting that the Commission uses its 
best judgment in determining what is a fair price to pay for property in all 
cases, and bases such judgment upon the recommendation of the Right of Way De- 
partment, which employs experts in this work, and when the Highway Commission 
cannot reach an agreement with the property owner, then the only alternative 
left is to let the matter go to court for a decision by a jury. The Commis- 
sion dislikes to pursue such course, he added, and will not do so unless a 
satisfactory settlement cannot be reached otherwise. 


cyte Bane - 
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Mr. Nutting stated that he also wished to avoid court proceedings 
and thought that perhaps he could reach a satisfactory settlement by talking 
to the members of the Commission. Howeyer, it appears that the Commission is 
not inclined to increase the amount of its offer, so he is willing for the 
court to decide the case inasmuch as he cannot reduce the amount of his de- 
mand. The Commission thereupon authorized the Attorney to proceed with con- 
demnation of the property. 
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A delegation from Crescent Lake, Oregon, consisting of Miss Leah 
Collins, Fred Hall, and Messrs. Hammersly and wallace, came before the Commis- 
sion and urged the construction of a 3-mile section of the Cascade Lakes For- 
est Highwey extending from the Willamette Highwey southerly to Crescent Lake. 
Mr. Earl C. Reynolds, Secretary of the Klamath County Chamber of Commerce, 
Klamath Falls, accompanied the group and acted as spokesman. He urged the 
Commission to give this project serious consideration in the formulation of 
the next program for forest highway funds and also urged an allocation of such 
funds to construct the project so that it will be available for general public 
use at the earliest possible time. 
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acres of land at Blue Lake, described as the SE} and the S} of the NE{ of Sec- 
tion 27, Township 13 S., Range 8 E., W. M., which property he offers to sell 

to the state for the sum of $6,500. He pointed out that this land is surround- 
ed by national forest property and that the U. S. Forest Service now main- 
tains a recreational area at Suttle Lake nearby. It was his thought that Mr. 
Davidson's property would fit into the national forest picture much better 

than into the state parks picture, and he recommended, therefore, that the of- 
fer be declined. The Commission approved the recommendation. 


Proposed recreational area adjacent to Neahkahnie Mountain State 
Park, in Tillamook County:- The State Parks Superintendent advised that Mr. 
C. C. Seeley, District Maintenance Superintendent in the employ of the State 
Highway Department, at Astoria, owns 120 acres of timber lend adjacent to the 
Neahkahnie Mountain State Park, which property he has offered to sell to the 
state for the sum of $12,000, if the state wants it. He also said that the 
tract would make a fine addition to the present park, but there are insuffi- 
cient funds in the parks budget to finance it now; furthermore, there is a 
question in his mind whether or not the Highway Commission should purchase a 
tract from Mr. Seeley, inasmuch as he is an employee of the Highway Depart- 
ment. The Commission decided unanimously not to purchase this tract. 


Proposed state park at Cascadia:- The Parks Superintendent request- 
ed authority for the Right of Way Department to secure options for the pur- 
chase of a portion of the Giesendorfer property located at Cascadia Springs, 
which property is being considered by the Commission for state park purposes. 
The Commission granted the request by unanimous vote, subject to the condition 
that the option should cover only the land lying on the north side of the riv- 
er, and that fronting on the highway on the south side of the river so as to 
control the entrance to the park. 


At 3:30 o'clock >. m. Chairman Cabell announced the following awards 
of contracts for which bids were opened at the marning session, such awards 
having been previously approved by the Commission by unanimous vote: 


"North Powder-Muddy Creek Section of the Old Oregon Trail, in 
Baker County. 5.69 miles roadside improvement. Norris Bros., Bur- 
lington, Washington, submitted the low bid of $5,485.00 for this 
project. The next low bid was that of Blair T. Alderman, Eugene, at 
$7,453.50. There were 2 higher bidders. The Commission rejects all 
bids on this project and has ordered it readvertised. 


"Remodel east approach to existing bridge over Willamette River 
and construct 372-foot concrete viaduct on Water Street Section of 
Pacific Highway East, in Oregon City, Clackamas County. The low bid 
received on this job was that of McNutt Bros., Bugene, at $77,392.00. 
The next low bid was that of George H. Buckler, Portland, at 
$78,279.86. There were 2 higher bidders. The Commission has re- 
ferred all bids received on this project to the Engineer with power 
to award the contract to the low bidder when certain conditions have 
been fulfilled. 
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the 
ment of the Cen Drive Secondary Highway between Bend and Elk Lake, partic~- 
ularly the forest highway section. They were informed that plans for an &- 
mile section of this project are now being prepared and that the project will 
probably be ready for contracting some time this fall or winter. 


contracting of the work considerably and would advance the time of opening 
the road for general public use. He was informed that the Commission is re- 
luctant to add any more roads to the federal aid system because of the limit- 


ted federal aid mileage available. However, the Commis- 
sion will give the matter serious consideration. 
er 
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Mr. Baer brought up for discussion mtters pertaining to the in- 
provement of the Butler Market Road. He inquired, if Deschutes County will 
give the 


to 
from the county's share of the motor vehicle and gasoline tax fund, to apply 
as county cooperation on this project, will the Commission accept this 

even though it is not yet due? He was informed by Chairman Cabell that the 

proposition appears satisfactory but the Commission would like a little time 
to think it over before making a definite statement in regard thereto. 


Mr. Jack Godfrey, Portland, representing the American Bonding Com- 
pany of Baltimore, came before the Commission at this time in regard to the 
Commission's forgery bond. He advised that the National Surety Corporation, 
which wrote this bond, desires to be relieved of its obligation if the Commis- 
sion is agreeable, and presented a letter from Mr. W. B. Gilham, Resident Man- 
ager of the National Surety Corporation, in support of such statement. He ex- 
pressed a desire to secure this business for the American Bonding Company, sub- 
ject to the same conditions, terms, and agreements that are contained in the 
bond furnished by the National Surety Corporation, which still has about one 
yeer to run. He said that the American Bonding Company would furnish a new 
bond, either for the balance of the term covered by the present bond or for a 
three-year period, as the Commission desires. However, he stated a preference 
for a three-year term bond. The Commission appeared favorably inclined to 


this proposition but deferred a decision thereon pending a recommendation from 
the Attorney. 


The State Parks Superintendent, Mr. S. H. Boardman, was present and 
reported on the following park matters: 


Proposed park site at Brookings, Curry County:~ The Parks Su»erin- 
tendent reported the offer of Mr. Elmer Bankus, Brookings, to donate to the 
state, for park purposes, a 5-acre tract of land fronting on the ocean beach 
at Brookings. The Commission deferred a decision in this matter pending an 
inspection of the property by a member of the Commission. 


Proposed park at Blue Lake, adjacent to the Santiam Highway:- The 
Parks Superintendent advised that a Mr. W. P. Davidson, Prineville, owns 233 


of Rogers Construction Company and J. C. Compton, Dayton, Washing- 
ton, in the amount of $99,622.30. The next low bid was submitted 
by Homer G. Johnson, Portland, in the amount of $116,193.50. There 
were 3 higher bidders. The Commission has awarded this contract to 
the low biuders, Rogers Construction Company and J. C. Compton, at 
their bic’ of $99,522.30. 


"South tmit, Albany Section of the Pacific Highway East, in 
Linn County. 1.2 miles grading. E. C. Hall Company, of Bugene, 
submitted the lcw bid in the sum of $10,589.00. Leonard & Slate, 
Multnomah, submitted the next low bid in the amount of $11,179.50. 
There were 5 higher bidders. The bid of E. ©. Hall Company was 
qualified in that Mr. Hall stated that he would accept this proj- 
ect only if he were also awarded the contract covering the bridge 
and culvert constructim onthis section. Considering his bid on 
that project, it proved to be to the state's advantage to accept 
the bid of the second-low bidder, Leonard & Slate. The Commission 
therefore awards the contract to Leonard & Slate at their bid of 
$11,179.50. 


"Construction of 8 culverts and 1 bridge on the Albany Sec- 
tion of the Pacific Highway East, in Linn County. The low bid re- 
ceived on this job was that of Averill & Corbin, Portland, in the 
amount of $35,858.40. The next low bid was that of Odom Construc- 
tion Company, Oregon City, in the amount of $38,297.00. There 
were 8 higher bidders. The Commission awards this contract to 
Averill & Corbin at their low bid of $35,858.40. 


"Salem-Pringle Creek Section of the Pacific Highway East, in 
Marion County. 1.59 miles grading and paving. Roy L. Houck, Sa- 
lem, submitted the low bid on this project, such bid being in the 
amount of $86,765.50. Leonard & Slate, Multnomah, submitted the 
next low bid which was in the amount of $90,696.00. There were 6 
higher bidders. The Commission awards this contract to the low 
bidder, Roy L. Houck, at his bid of $86,765.50. 


“West Unit, Stanfield-Pendleton Hill Section of the Old Oregon 
frail, Umatilla County. 8.86 miles roadside improvement. The low 
bid received for this project was that of M. E. Meyers & Son, Echo, 
in the amount of $2,270.00. The next low bid was that of Blair T. 
Alderman, Eugene, in the amount of $3,060.00. There were 3 higher 
bidders. This contract is awarded to the low bidder, M. E. Meyers 
& Son, at their bie of $2,270.00. 


"Weston-Elgin Rock Production Project, in Umatille and Union 
Counties. Furnish 15,400 cubic yards crushed rock in stock piles. 
F. R. Hewett, of Spokane, Washington, submitted the low bid for 
this work in the sum of $24,240.00. A. S. Wallace, Roseburg, sub- 
mitted the second-low bid in the sum of $25,134.00. There were 3 
higher bidders. This contract is awarded to F. R. Hewett, the low 
bidder, at his bid of $24,240.00. 
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"Warren-Scappoose Section of the Columbia River Highway, in Co- 
lumbia County. 3.09 miles grading and 2.63 miles asphaltic concrete 
paving. Porter W. Yett, Portland, was the low bidder on this proj- 
ect with his bid of $8,537.00. Warren Northwest, Inc., Portland, 
submitted the second-low bid of $89,994.50. There was only one high- 
er bidder. The Commission awards this contract to Porter W. Yett, 
at his low bid of $84,537.00. 


"Construct double-leaf steel bascule bridge with 361 lin. ft. 
composite trestle approach, over Coalbank Slough, on the Oregon Coast 
Highway, in Marshfield, Coos County. The low bid received for this 

ject is that of J. W. and J. R. Hillstrom, Marshfield, at 

»962,50. The next low bid is that of Tom Lillebo, Reedsport, in 
the amount of $94,499.00. There were 6 higher bidders. This con- 
tract is awarded to J. W. and J. R. Hillstrom, the low bidders, at 
their bid of $89,962.50. 


"Nye Junction-Long Creek Rock Production Project on the Pendle~ 
ton-—John Day Highway, in Grant and Umatilla Comties. Furnish 
24,000 cubic yards crushed rock in stock piles. A. S. Wallace, Rose- 
burg, submitted the low bid for this project, in the amount of 
$37,370.00. F. R. Hewett, Spokane, Washington, submitted the next 
low bid, in the amount of $37,630.00. There were 8 higher bidders. 
Mr. Wallace qualified his bid by stating that he would accept only 
one job at this letting. It proves to be to the interest of the 
state to award another job to him, and therefore this contract is 
awarded to F. R. Hewett, the second-low bidder, at his bid of 
$37,630.00. 


"Lang Canyon-Arlington Section of the Columbia River Highway, 
in Gilliam County. 5.63 miles grading, surfacing, and bituminous 
macadam; also furnish 1,500 cubic yards crushed rock in stock piles. 
The low bid received on this project was that of Leonard & Slate, 
Multnomah, in the amount of $182,165.90. The next low bid was that 
of Clifton & Applegate, Spokane, Washington, in the amount of 
$184,646.50. There were 12 higher bidders. The Commission has re- 
ferred all bids received on this project to the Engineer with power 
to award the contract to the low bidder when certain conditions 
have been fulfilled. 


"Butte Falls Section of the Butte Falls County Road, in Jackson 
County. 3.0 miles surfacing and oiling. Norris Bros., Burlington, 
Washington, submitted the low bid in the amount of $21,986.50 for 
this project. R. I. Stuart & Sons, Medford, submitted the second- 
low bid, in the amount of $22,738.00. There were 2 higher bidders. 
This contract is awarded by the Commission to Norris Bros. at their 
low bid of $21,986.50. 


"Cottonwood Creek-Lakeview Section of the Klamath Falls-Lekeview 
Highway, in Lake County. 4.1 miles grading and 6.1 miles surfacing 
and oiling. The low bid received on this project was the joint bid 


for $15.00, 1,959 square feet of land situate in Government Lot 
1, of Section 2, Township 25 South, Range 13 West, W. M., Coos 
County. Right of Way Transaction No. 1209. 


Quitclaim deed conveying unto Carl G. Washburne and wife 2 
parcels of land in Lane County, one containing .64 acre situate 
in Government Lots 1 and 2, Section 22, Township 16 South, Range 
12 West, W. M., and the other containing .29 acre situate in Gov- 
ernment Lot 2, Section 22, Township 16 South, Range 12 West., W.M., 
being Right of Way Transaction No. 7190. 


There being no further business to come before the Commission at 
this time, the meeting was adjourned at 4:00 o'clock p. m. 


, Cec re fu 
State Highway Engineer Commissioner 
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Secretary . . Commissioner 


Portland, Oregon, November 1, 1939 


The State Highway Commission met with members of its Advisory Board 
on Publicity Matters at 7:00 o'clock p.m. in the Heathman Hotel. Present were: 


Henry F. Cabell, Chairman 

E. B. Aldrich, Commissioner 

Huron W. Clough, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 


H. B. Glaisyer, Secretary 


Harold B. Say, Director of the Travel and Information Department, was also 
present. The Advisory Committee was represented by a subcommittee composed 
of Frank Jenkins, Chairman, E. P. Hoyt, and Charles Reynolds. Mr. Jenkins 
informed the Highway Commission that the Advisory Committee had elected ir. 
Merle Chessman, of Astoria, one of its members, as Chairman of the Advisory 
Committee to succeed Mr. Robert W. Sawyer, of Bend, resigned. The Commission 


signified its approval. 
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received on this project was that of A 
amount of $12,476.00. The next low bid 


S. Wallace, Roseburg, in the 
that of Schmeer & Wil- 


higher 
low bid of $12,476.00. 


"Sale of 3.8acre tract near Dee, Oregon. The only offer re~ 
ceived for this lend was that of H. C. McCurdy, of Dee, who submit~ 
ted a bid deposit of $50.00 for the same, which indicates to the 
Commission that it was Mr. McCurdy's intention to offer $250.00 for 
this tract, inasmuch as the Commission specifies that a bid shall be 
accompanied by a deposit of not less than 20 per cent of the amount 
bid. The Commission, therefore, has instructed the Secretary to as- 
certain the facts, and, in the event the assumption is correct, 
this property is sold to Mr. McCurdy for the sum of $250. Other- 
wise the bid is rejected." 


The Commission considered and signed agreements, et cetera, as fol-~ | 
lows: | 


Agreement with the City of Albany with reference to the con- 
struction of a drainage canal on the South Albany project. 


Certificate to correct error in recording deed covering parcel 
of land purchased from Ed Saling and wife, in Union County. 


Cooperative agreement with the United States of America cover- 
ing construction of the Alsea River Bridge on the Alsea Highway, in 
Lincoln County, as a forest highway project, particularly with ref- 
erence to the financing of the same. 


Agreement with the 0.W.R.R.& N. Company covering the matter of 
encroachment of the Oregon-Washington Highway on railroad company 
property in the town of Adams, Umatilla County. 


Agreement with Henry K. Hardisty provicing for the elimination 
of a cattle pass at Mile Post 46.10, on the John Day-Burns Highway, 
in Grant County. 


Bargain and Sale Deed conveying unto James Anderson an eban- 
doned state-owned borrow pit situate near the Pacific Highway about 
2 miles south of Junction City. 


Bargein and Sale Deed conveying unto Rufus C. Stonefield and 
wife 2.08 acres of land in Lot 1, Section 34, Township 16 South, 
— 12 West, W. M., Lane County. Right of Way Transaction No. 
739A. 


Bargain and Sale Deed conveying unto the West Coast Power Company 
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minor changes in schedule as may be necessary or may be found pecu- 
liarly desirable through circumstances that may develop. 


In conclusion, the committee would inform the Commission that 
it has elected Merle Chessman chairman of the Advisory Committee to 
succeed Judge R. W. Sawyer, resigned. 


Presented for the Advisory Committee 
by the following subcommittee 


Frank Jenkins, Chairman 
E. P. Hoyt 
Charles Reynolds 


Members of the Advisory Committee present at the meeting October 31, 
1939: R. R. Cronise, Charles Reynolds, Frank Jenkins, W.D.B.Dodson, 
Merle Chessman, Hugh Ball, Don Sterling, Id. W. Miller, Dr. E. B. 
McDaniel, E. P. Hoyt. 


OREGON STATE HIGHWaY 
1940 SUGGESTED MAGAZINE SCHEDULE 


a Zine 


Circulation 
Saturday Evening Post 3,104,208 4-color page 
l-colum ads 3 217,500.00 
4-color pages 9,000.00 
4-color page 
l-colum ads 11,100.00 
4-color page 
l-column ads 
l-colum ads 
2/3-page ads 
1/3-page ads 
l-colum ads 


National Geographic 110,012 
American Magazine 2,189,217 


Time 759,520 


Newsweek 327,823 
Sunset 230,472 


1 
3 
2 
1 
2 
1 
2 
2 
1 
2 
2 


Highway Traveler 299,017 
Svorts agazines 


Field and Stream 256,333 3 1-colum ads 
Outdoor Life 294,391 3 1-colum ads 
Sports Afield 251,121 3 1-colum ads 

Fishing Annual 
Hunting and Fishing 520,155 1 1-colum ad 


Auto Club News 2 2x7 1/2" ads 73.50 ea. §$ 147.00 
Intermountain Motorist 2 1/2-pages 35.00 ea. 70.00 
(Continued on next page) Carried forward $ 217.00 
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Matters pertaining to the Highway Department's tourist promotion ac- 


tivities for the year 1940 were then discussed and in this connection Mr. 
Jenking presented the following letter which he said is the Advisory Commit- 
tee's recommendation with respect to such matters, having been adopted by the 
unanimous vote of the members thereof: 


To the Oregon State Highway Commission 
Gentlemen: 


Your Travel end Information Department Advisory Committee in 
session October 31 after a comprehensive study of the Highway De- 
partment's tourist promotional activities of the year now closing 
transmits the following observations and recommendations to you: 


We feel that the program followed this year has been basically 
sound and productive; that Oregon has benefited in a major way from 
increased revenue accruing through increased motor tourist traffic; 
that the return to the gasoline tax fund through added travel has 
more than compensated directly for the expenditure to produce it. 
Gain in traffic since tne Commission entered the field of tourist 
promotional work has been approximately 50 per cent with private non- 
resident motor traffic now returning apparently over $1,000,000 to 
the gasoline tax fund direct out of a gross motor tourist revenue 
of more than $24,000,000. 


Basically we recommend a continuation of the present program 
involving the use of magazines, newspapers ani motion pictures as 
the primary media for conveying the story of Oregon's attractions 
to the motorists of the nation along with the distribution of appro- 
priate literature, maps and kindred material. 


We recommend the expenditure of §100,000 for 1940 in carrying 
forward an adequate program involving employment of approximately 
$65,000 in magazine and newspaper advertising and approximately 
$35,000 for all other items, including distribution of motion pic- 
tures, production of literature, necessary photography, postage, ex~ 
press, and all other items of operation, including a modest increase 
in contact work with travel directing agencies and publications in 
various centers of Oregon's heaviest travel source regions. 


Attached is a list of magazines and newspapers recommended for 
the 1940 campaign. In this connection we specifically recommend a 
joint endeavor with the Washington State Frogress Commission and 
Province of British Columbia in presenting tourist attractions of 
the three units of the Pacific Northwest in Life magazine to the ex- 


tent of approximately $3,500. 


In transmitting recommendations in connection with publications 
proposed, the committee recommends as in past years that the depart~ 
ment director and advertising coumsel be given authority for such 
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The City Planning Commission was represented by Harry D. Freeman, Planning In- 
gineer. Mayor Carson presided. 


The Front Street project was discussed at considerable length from 
the standpoint of need, engineering, and finance, and with particular refer- 
ence to acquisition of right of way, but no definite decision was reached with 
respect to any of the points. The State Highway Ingineer presented plans tor 
the ultimate improvement and explained them briefly. He also advised the esr 
timated cost of the project. Mr. Freeman made certain suggestions with re- 
spect to the improvement somewhat at variance with the plans as outlined by 
the State Highway Engineer. The conference was adjourned at 10:30 o'clock p.m. 
with the understanding that the State Highway Engineer would consult with the 
City Engineer and the Planning Engineer of the City Planning Commission rela- 
tive to differences in engineering features, and with the further understand- 
ing that additional studies would be made and report rendered to the Highway 
Commission. The Highway Commission will then decide the maximum amount that 
the state can offer in financing the project and will transmit such informa- 
tion to the City Council, which will then ascertain the desires of the citi- 
zens of Portland with respect to the proposed improvement. 


- a 
te Highway Engineer Commissioner 
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Portland, Oregon, November 2, 1939 


The State Highway Commission met in regular session at 9:00 o'clock 
a. m. in the auditorium of the Public Service Building. Present were: 


Henry F. Cabell, Chairman 

Huron W. Clough, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


Ccmmissioner E. B. Aldrich was absent on account of illness. 
Bids as follows for highway construction projects were opened and 
read in conformance with previously published notice, following which Chairman 


Cabell announced that the award of contracts would be made at 3:00 o'clock p.2. 
in the same room: 
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Travel and Motor Magazines (Cont'd) 

For'd § 217.00 

Keystone Motorist 2 1/3 pages $ 85.50 ea. 171.00 
Motor Land 3 1/2 pages 151.50 " 454.50 
Motor News - Chicago 2 2x7 3/4" ads 108.50 " 217.00 
Motor News - Detroit 2 i-colum eds 130.00 " 260.00 
National Motorist 3 1/2 pages 92.50 " 277.50 
New York Motorist 2 2x7 1/2" ads 8.00 " 168.00 
Ohio Motorist 2 l-colum ads 70.00 " 140.00 
Rocky Mountain Motorist 2 2x8" ads 18.40 " 36.80 
Washington Motorist 3 1l-colum ads 40.00 " 120.00 
Westvays 3 l/2-page ads 218.50 " 655.50 
Pacific Travel (Vancouver) 2 1/2-page ads 35.00 " e sige 
» 787.30 


Magazine Total $52,009.30 


LIST OF PROPOSED NEWSPAPERS FOR 1940 


Phoenix Republic Gazette Christian Science Monitor 

Fresno Bee Minneapolis Star Journal 

Long Beach Press St. Paul Dispatch 

Los Angeles Times Kansas City Star 

Los Angeles Examiner St. Louis Democrat 

Los Angeles News Butte Montana Post 

Oakland Tribune Great Falls Leader 

Sacramento Bee Omaha World Hereld 

San Diego Tribune Cincinnati Times Star 

San Francisco Examiner Oklahoma City Oklahoman 

San Francisco News Dallas News | 
San Francisco Call Bulletin Salt Lake Telegram | 
Denver Post Spokane Spokesman Review 

Boise Statesman Walla Walle Bulletin 

Lewiston Tribune wenatchee World 

Chicago Tribune Yakima Herald Republic 

Chicago News Milwaukee Journal 

Des Moines Tribune Los Angeles Herald Express 


Detroit News 


The members of the Hirhway Commission indicated a»proval of the recommenca ~ 
tions but deferred definite ection thereon pending consultation with Mr. Ray 
Conway, Manager of the Oregon Motor Association. 


This concluded the conference, following which, at $:00 o'clock p.m., 

the Commission met with members of the Portland City Council and the Portland 
City Planning Commission in the city council chambers for 4 discussion of mat- 
ters pertaining to the proposed Front Street arterial highway in Portland. 
All members of the State Highway Commission were present at such meeting, a8 
were also the State Highway Engineer, the Attorney, and the Secretary. The 
City Council was resresented by Mayor Jos. X. Carson, Jr., and City Commis- 
sioners R. Earl Riley and William A. owes, and Ben Morrow, City Engineer. 
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UMPQUA HIGHKAY 
REEDSPORT SECTION - PAVING 


$ 28,352.00 
28,589.50 
29,569.50 
32,212.50 


THE DALLES-CALIFORNIA HIGHWAY 
KLaMATH AGENCY-MODOC POINT SECTION 
GRADING, SURFACING, OILING; ALSO FURNISH CRUSHED ROCK 


Rogers Construction Company $103 , 662.00 
McNutt Brothers 117,604.00 
J. Cc. Compton and G. D. Lyons 126,494.00 
A. Milne 128,259.00 
Fisher Brothers 

E. C. Hall Company 

Babler Brothers 

Homer G. Johnson 

Newport Construction Company ° 
C. J. Eldon 169,584.00 


OREGON COAST AND ALSEa HIGHWAYS 
WALDPORT ROCK PRODUCTION PROJECT 


A. S. Wallace 


WEST PORTLAND-HUBBaRL HIGHWAY 
BUTTEVILLE ROAD-WHITE SCHOOL SECTION - PaVING 


Roy L. Houck 

Frank Penepacker 
Jacobsen-Jensen Company 
Theo. Arenz. 

Berke Brothers 
Edlefsen-Weygandt Company 
McNutt. Brothers 


COLUMBIA RIVER HICHnaY 
MULTNOMAH FALLS-ONBONTA SECTION - ROCK EMBANKMENT CONSTRUCTION 


G. D. Lyon & Company $165,025.00 
K. L. Goulter 172,825.00 
(Continued on next page) 
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OLD OREGON TRAIL f 
MUDDY CREEK-HAINES SECTION 
GRADING, SURFACING,OILING; ALSO FURNISH CRUSHED ROCK 


E. C. Hall Company $ 96,433.00 
McNutt Brothers oi «50 

’ . 
G. D. Lyon & 100,321.50 
Clifton & Applegate 102,701.00 
i J. C. Compton 102, 780.10 
i Roy L. Bair 104,754.75 
| Guy F. Norris 105,830.00 

f Saxton, Looney & Risley 105,943. 
¢ Babler Brothers 108,013.00 
f Leonard & Slate 120,119.00 
f Newport Construction Company 115,444.75 
‘9 Jacobsen-Jensen Company 117,135.30 

OREGON COAST HIGHWAY 
i BRIDGE OVER NECANICUM RIVER AT BLACK BRIDGE N&ak SEASIDE 

' Geo. F. Anderson $ 19,713.00 
Ee Birkemeier & Saremal 21,032.50 
: S Dolan Construction Company 23,350.00 
, E. C. Hall Company 23,913.50 
i J. F, Johnston 24,014.75 
i McNutt Brothers 24,619.00 
Barham Brothers 24,622.50 
Bennett & Taylor 24,826.00 
Harry I. Hamilton 24,885.50 
c. J. Eldon 25,938.50 
A. C. Greenwood Company, Inc. 26,209.00 


CENTRAL OREGON HIGHWAY 
BROTHERS-HARNEY COUNTY LINE SECTION 
CRUSHED ROCK IN STOCK PILES 


Chester T. Lackey § 31,000.00 
W. B. Hewett Company 34,075.00 
Rogers Construction Company 35,270.00 
A. 8. Wallace 36,300.00 
Saxton, Looney & Risley 37,850.00 
E. C. Hall Company 38,600.00 
A. Milne 39,680.00 
Newport Construction Company 39, 700.00 
R. 0. Dail & Warren Brothers 39, 700.00 
H. L. Rice 40,000.00 
Fisher Brothers 40,125.00 
McNutt Brothers 44535000 
Schmeer & Williams Brothers 54,400.00 
Homer G. Johnson 55,400.00 
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The County Court also inquired as to the possibility of securing ad- 
ditional federal aid secondary money for the oiling of county roads in Tilla- 
mook County. Chairman Cabell advised that the federal appropriation for 1940 
and 1941 has been considerably reduced, and, according to federel requirements, 
first consideration for the allocation of such funds must be given to the 
counties that have not yet received benefits from funds of this class, so it 
does not appear possible at this time to allocate additional amounts to Tilla- 
mook County. However, the Commission will be pleased to keep in mind Tille- 
mook County's roads in the allocation of funds as they become availeble. 


Commissioner Anderson asked for the widening of a bridge on the Ore- 
gon Coast Highway at the town of Beaver. He said that many accidents occur 
at this point because of the narrowness of the present bridge and the fact 
that it is located on a sharp curve. It was his thought that the widening of 
the bridge about 15 feet would remedy the situation. The matter was referred 
by the Commission to the Engineer for investigation and report. 


The Secretary presented a resolution from the Common Council of the 
City of Salem requesting the widening of State Street, Salem, between 12th 
Street and the east city limits. The Commission denied the request, there be- 
ing no funds available to finance the improvement. 


A resolution was presented from Vale Grange No. 696, Malheur County, 
requesting improvements to the Vale West Secondary State Highway (Graham Bou- 
levard), particularly the elimination of dangerous curves at the hill approach- 
ing the west bench, 2 miles northwest of a place known as Hope, and et the hill 
west of the John Faw farm on the east bench. The Commission denied the request 
because of lack of funds to finance the work, but agreed to bear the project 
in mind in the formulation of future highway programs. 


A letter was presented from Mr. W. W. Evans, Halfway, Oregon, urg- ~ 
ing additional improvements on the Baker-Homestead Highway, particularly the 
reconstruction of the Dry Gulch Section and the Ruckles Creek Section. The 
Engineer pointed out that the Commission has already budgeted fumds for the 
resurfacing and oiling of the Dry Gulch Section, estimated to cost $30,000, 
and that it is proposed to contract this work either in the fall of 1939 or 
the spring of 1940, but no provision has been made for the improvement of the 
Ruckles Greek Section. The Secretary was instructed to so inform Mr. Evans 
and to advise him further that, while the Commission is unable to finance the 
Ruckles Creek Section now, it will keep the project in mind for future consid- 
eration. 


The Engineer reported on the request of the City of Wheeler for the 
graveling and oiling of the unimproved strips adjacent to the highway pavement 
through the town of Wheeler, particularly along the section where concrete 
sidewalks are to be constructed in the near future. The Engineer estimated 
that this work would cost approximately $300. He pointed out that the oiling 
work could not be done until next spring when weather conditions are suitable. 
The Commission deferred a definite decision on the matter until next year's 
budget is arranged. The Secretary was instructed to so inform the City. 
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‘Multnomah Falls-Oneonta Section, continued) 


Whites Trucking Company $173,250.00 
Diesel Oil Sales Company 186,425.00 
E. C. Hall Company 206,150.00 
Colonial Construction Company 211,525.00 
Leonard & Slate 215,550.00 
Jacobsen-Jensen Company 219,125.00 
Berke Brothers 220,900.00 
Max J. Kuney 221,400.00 
Morrison-Knudsen Company 232,100.00 
A. C. Greenwood Company, Inc. 232,100./0 
McNutt Bros. 238,812.50 
Sam Orino 267,477.50 
Nat McDougall Company 311,350.00 


WALLOWA LAKE AND OLD OREGON TRAIL HIGHWAYS 
ELGIN-ROCK CREEK AND UNION-NCRTH POWDER ROCK PRODUCTION PROJECT 


F. R. Hewett $ 24,602.00 
Clifton & Applegate 27,761.20 
A. S. Wallace 30,777.00 
Rogers Construction Company 31,119.00 
rT The County Court of Tillamook County, represented by Commissioners 


E. H. Lindsey and E. G. Anderson, was present and inquired as to the plans of 
the Commission for further improvements on the Wilson River Highway and on 
the Neahkahnie Mountain Highway (Oregon Coast Highway). They particularly in- 
quired as to when the Commission proposes to take bids for the construction 
of the Devils Fork Bridge, on the Wilson River Highway, near the summit of the 
Coast Range Mountains, and when the Commission proposes to build the log 
bridge on this highway at the third crossing of the Wilson River, east of Til- 
lamook. They were informed that the Commission plans to take bids for the 
Devils Fork Bridge at its meeting in February, 1940, and that the materials 
for the log bridge at the third crossing of the Wilson River are now being as- 
sembled on the ground and it is expected that actual construction of the bridge 
will start shortly. 


The County Court also asked for the construction of a footpath along 
the Nehalem-Manzanita Road, east of the Manzanita school, for the benefit of 
school children. They advised that the present road contains @ number of 
sharp curves and deep cuts and that the road is too narrow to permit its use 
by pedestrians, with safety. In this connection, the Secretary presented a 
communication from the clerk of the Manzanita School District urging construc- 
tion of such sidewalk. The Commission advised that it has many requests for 

ts of this kind and considers that this project does not have prior- 
ity over the others unless a particularly dangerous situation exists; further, 
that an investigation will be made and a decision rendered 4s soon a6 possible. 
The Engineer was thereupon instructed to conduct such investigation and to re- 
port informally thereon as to how much it will cost to do the work and how 
much traffic the road carries. 
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Mr. Verle E. Cochran and Mr. Phil Meeker, both of Amity, urged the 
improvement on behalf of truckers, as did also Mr. P. W. Zumwalt, of Perry- 
dale. Mr. Francis advised that there are other organizations in favor of the 
improvement, which were to be represented at this hearing, but evidently they 
misunderstood the time of the meeting. He agreed to furnish letters of en- 
dorsement from each, particularly the Farm Security Administration. He filed 
with the Commission a brief supporting their oral arguments in behalf of this 
project. In conclusion, Mr. Francis stated that the Dayton Chamber of Com- 
merce is particularly appreciative of the work that has been done in their 
neighborhood by the State Highway Commission, and, as evidence of such appre- 
ciation, they would like to entertain the members of the Commission and its 
staff at a dinner when the project that is now under way in their vicinity is 
completed, or at any tine that is convenient for the Commission. Responding 
thereto, Chairman Cabell advised that the Commission will be pleased to ac- 
cept this invitation, if possible. 


Mr. Andrew Koerner, attorney for Standard Stations, Inc., and Mr. 
R. C. Stivers, Development Specialist for such company, appeared before the 
Commission in regard to the company's service station that encroaches upon 
the Pacific Highway West (Denver Avenue) at its intersection with Union Ave- 
nue, north Portland. Mr. Koerner was spokesman. He advised that his company 
has received notification from the State Highway Commission to remove its 
building from the state highway right of way, and will do so if absolutely 
necessary, notwithstanding the fact that the move will cost 3,000 or more, 
poe ro torrenen ot ape to continue the arrangements for use of the pres- 

ts] on whic s occupied for the past 21 years under 

Multnomah County. : . ees sft sere Po 


Chairman Cabell advised thet there are two reasons why *he Highway 
Commission has asked the company to vacate the highway right of way. First, 
the Commission does not believe in encroachments upon the right of way of pub- 
lic thoroughfares and is endeavoring to clear the rights of way of such en- 
croachments as rapidly es possible; and, second, there is a question of haz- 
ard, the Commission being of the belief that every encroachment hus a tendency 
to inerease the hagard for the general traveling public. Mr. Koerner argued 
that, in his estimation, the traffic hazard would be increased by simply mov- 
ing the building back onto private property. 


The State Highway Engineer pointed out that the Commission is tak- 
ing bids at this meeting for the widening of Denver Avenue for four lanes of 
traffic, and gave as his thought that the building in its present location 
would be entirely too close to the traveled roadway when this work is done and 
would constitute a serious traffic hazard. Mr. Koerner admitted the logic of 
the Engineer's statement but asked that the comoany be not required to move 
its building until it has had an opportunity to make a series of traffic 
counts, which will have considerable bearing on whatever change the company 
undertakes. The matter was discussed at considerable length but no definite 
action was taken except that the Commission ordered further investigation of 
the matter and report by the Engineer at the December meeting of the Commis- 
sion, such report to include full information in regard to traffic conditions, 
hazards, and possible safeguards such as traffic lights, safety islands, et 
cetera. 
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A petition signed by numerous residents of the town of Powers and 
vicinity, requesting the oiling of the Powers Secondary Highway,im Coos Coun- 
ty, from Hoffman Bridge to Powers, had the attention of the Commission. In 
the discussion of this matter it was brought out that there are many highways 
throughout the state where conditions similar to those on the Powers road ob- 
tain; in fact, many of them need improvement more than the road to Powers; but 
the Commission does not have funds available to finance the work simultaneous- 
ly. The Secretary was instructed to bring this to the attention of the peti- 
tioners and to inform them that the Commission plans to oil these roads 4s 
quickly as it can, in the order of vriority. 


The Commission adjourned at 12:15 o'clock p. m. and reconvened at 
2:00 o'clock p. m. in the same room with the same persons present and partici- 
pating. 


A delegation representing the Auity and Dayton Chambers of Commerce, 
and other organizations, came before the Commission in the interests of the 
Amity-Dayton Secondary State Highway. The delegation was headed by ifr. Carl 
Frencis, attorney, Dayton, and included the following: Verle E. Cochran, Gus 
Abraham, Al Nubey, Glen Watts, Burt Humberger, Phil Meeker, and John Snodgrass, 
all of Amity; Harry Sherman, Al Wakefield and Clair Heider, of Dayton; J. H. 
Harland and W. W. Rowell, of Rickreall; P. w. Zumwalt, of Perrydale; F. E. 
Chambers, of Monmouth; County Judge Wm. 0. Powell and County Commissioners 
Thos. Bockes and Harry F. Williams, of Yamhill County, and others. 


Mr. Francis presented oral arguments for the widening, resurfacing 
and developing of this road, and in support thereof filed a brief giving five 
reasons, as follows, why they are asking this improvement: (1) The Dayton- 
Amity shortcut route represents 4 substantial saving in mileage from points 
south and west of Amity to Portland; (2) This road will eliminate consider- 
able traffic congestion in the city of McMinnville; (3) Improvement will 
eliminate traffic hazards in the present road, particularly at the Dayton 
Junction and at one extremely bad curve in the present route; (4) The im- 
provement is needed on account of the volume of traffic thet has to be cared 
for and which will be auguented by reason of the Farm Security Administra- 
tion's farm labor cawp located adjacent to this road; (5) Investments already 
made by the state on this road will be greatly enhanced by the improvement of 
the uncompleted section. . 

County Judge tim. 0. Powell, of Yamhill County, endorsed Hr. Francis' 
remarks. He particularly urged the improvement from the standpoint of traffic, 
which, he said, is increasing on this road considerably. He advised that the 
Yamhill County Court is in favor of the project, and, if the Commission so 
desires, will present a resolution to that effect. 


Mr. F. E. Chambers, representing the Monmouth Chamber of Commerce, 
urged the improvement from the standpoint of saving in tine. Mr. Francis read 
aloud a letter from the Corvallis Chamber of Commerce requesting favorable 
consideration for the improvement of this road. Mr. W. W. Rowell, represent- 
ing the Rickreall Chamber of Comnerce, aleo urged the improvement. from the 
time-saving standpoint, particularly with reference to the transportation of 
stock to the Portland market. 


vy 2 195% 


"Construct 180-foot concrete bridge and roadway approaches over 
Necanicum River at Black Bridge, about & miles south of Seaside, on 
the Oregon Coast Highway, in Clatsop County. The low bid submitted 
for this project was that of George F. Anderson, Astoria, in the 
amount of $19,713.00. ‘The next low bid was that of Birkemeier & 
Saremal, Portland, at $21,032.50. There were 9 higher bidders. The 
Commission awards this contract to the low bidder, George F. ander- 
gon, at his bid of €19,713.00. 


"Brothers-Harney County Line Section of the Central Oregon High- 
way, in Deschutes and Lake Countics. Furnish 20,000 cu. yds. of 
crushed rock in stock piles. Chester T. Lackey, of Ontario, submit- 
ted the low bid for this project, in the amount of $31,00).00. W.B. 
Hewett Company, Spokane, Washington, submitted the next low bid in 
the amount of $34,075.00. There were 12 higher bidders. The Commis- 
sion awards this contract to Chester T. Lackey at his low bic of 
$31,000.00. 


"Reedsport Section (12th Street to 15th Street) of the Umpqua 
Highway, in Douglas County. 0.22 mile of paving. Harry I. Hamilton, 
Fugene, was the low bidder on this project at $28,352.00. Rk. I. 
Stuart & Sons, Medford, submitted the next low bid in the amount of 
$28,589.50. There were 2 higher bidders. The Commission rejects all 
bids received for this project and has ordered it readvertised. 


"Klamath Agency-Hodoc Point Section of The Dalles-California 
Highway, in Klamath County. 0.14 mile grading; 12.58 miles surfacing 
and oiling; also furnish 8,800 cu. yds. crushed rock in stock piles. 
The low bid received for this project was that of Kogers Construction 
Company, Dayton, Washington, in the amount of {103,662.00. The next 
low bid was that of McNutt Bros., Bugene, at %117,604.00. There were 
6 higher bidders. The Commission awards this contract to the low 
bidders, Rogers Construction Company, at their bid of $103,662.00. 


"Waldport Rock Production Project on the Oregon Coast and Alsea 
Highways, in Lincoln County. Furnish 6,000 cu. yds. crushed rock in 
stock piles. Gus Reichow, Forest Grove, submitted the low bid of 
$10,928.80 for this project. H. L. Rice, Portland, submitted the 
next low bid in the amount of $10,870.00. There were 7 higher bid- 
ders. The Commission has awarded this contract to the low bidder, 
Gus. Reichow, at his bid of $10,328.80. 


"Butteville Road-White School Section of the West Portland- 
Hubbard Highway, in Marion County. 4.05 miles peving. The low bid 
received for this project was thut of Roy L. Houck, Salem,in the 
amount of $116,065.00. The next low bid was that of Frank Penepack- 
er, Portland, in the amount of $119,102.00. There were 5 higher 
bidders. The Commission awards this contrect to the low bidder, 
Roy L. Houck, at his bid of $116,065.00. 


"Multnomah Falls-Oneonta Section of the Columbia River Highway, 
in Multnomah County. 1.97 miles rock embankment construction. G.D. 
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« delegation from Bandon, representing the Bandon City Council, and 
consisting of Mayor K. I. Franklin, John H. Fesnacht, City Manager, and Dick 
Fiske, came before the Commission in regard to the construction of the Bandon 
Section of the Oregon Coast Highway. They reiterated previous arguments pre- 
sented on behalf of this project and particularly advised that the develop- 
ment of Bandon is being held up because of failure of this project to go for- 
ward. They urged the Commission to at least render its decision on the pro- 
posed location of the highway through their town because the delay is having 
an unhealthy effect upon the morale of the residents, who are very much dis- 
couraged. 

The Attorney advised that difficulties have been encountered in ac- 
quiring needed right of way and that, out of 13 options taken. only 3 have 
been completed and that it has been necessary to defer the negotiations for 
the remainder pending the results of court action that is now under way, in- 
volving tax settlements and the cancellation of tax liens. The Commission de- 
cided, in view of the circumstances, that its decision with respect to the con- 
struction of this project must wait for the court's decision on the tax lien 
matter. However, the Attorney was instructed to rush to completion the settle- 
ments for right of way if the court's decision is favorable, 80 the Commission 
can consider the project in the formulation of its construction program next 


spring. 

Mr. Jack Godfrey, Portland, came before the Commission in regard to 
the Commission's forgery bond, which matter was previously presented by him 
at the meeting held on November 3, 1939. The attorney advised that the Com- 
mission has legal authority to transfer the liability of the National Surety 
Corporation to the American Bonding Company if it so desires. The Commission 
thereupon decided, in view of the fact that the National Surety Corporation 
has requested relief from its obligation, to cancel the existing bond and to 
secure a new bond from the American Bonding Company, same to be dated November 
2, 1939, and to run for a 3-year period. It was understood that credit would 
be given the state for the unearned portion of the premium on the old bond and 
that a rider would be attached to the new bond including the members of the 
State Highway Commission and the State Highway Engineer as parties assured. 


Mr. Godfrey also offered to write a form of schedule bond covering 
employees by position rather tran by name. This matter was referred to the 
Attorney for investigation end report at the next meeting. 


At 3:30 o'clock p. m. Chairman Cabell announced the following awards 
of contracts, bids for which were taken at the morning session, such awards 
having having been previously approved by the Commission by unanimous votes 


"Muddy Creek-Haines Section of the Old Oregon Trail, in Baker 
County. 4-46 miles grading, surfacing, and oiling; also furnish 
2,000 cu. yds. crushed rock in stock piles. The low bidder for this 
project was EB. C. Hall Company, Eugene, at 496,433.00. The next low 
bid was that of: McNutt Bros., Eugene, at $98,339.50. There were ll 
higher bidders. The Commission has referred all bide received on 
this job to the Ingineer with power to award the contract to the low 
bidder when certain conditions have been fulfilled. : 


decided to make a clear distinction between a log and a piling for use in con- 
nection with consideration of requests for permits thet are received hereafter. 
This matter is to be reconsidered at the next regular meeting of the Commis- 
sion. The Commission indicated that «ll permits for the transportation of 
logs involving loads longer than the law allows would be ordered cancelled and 
that the issuance of such permits shall be limited to poles and piling only. 


A delegation representing the Southeast Portland Chamber of Commerce 
came before the Commission in the interest of the 82nd Street Highway (Cascade 
Secondary Highway). The delegation consisted of Mr. L. A. Mathiesen, Secre- 
tary; Wallace Telford, Chairman of the Clackamas County Planning Board; D. R. 
Holman, Charles H. Johns, S. C. Williams, and T. A. Roots. They urged the 
construction of the uncompleted section of this road between Portland and Ore- 
gon City, and particularly the elimination of the existing railroad grade 
crossing near Clackamas. They advised that they have no preference as to 
routes but are perfectly willing to leave the selection of same with the State 
Highway Commission and its engineers. Speaking on behalf of the improvement 
were Messrs. Mathiesen, Telford, and Holman. 


They were informed that the Commission proposes to eliminate the ex- 
isting railroad grade crossing north of Clackamas by the construction of an 
overhead structure to be financed with federal grade crossing elimination 
funds; also, that the program for such funds has already been arranged and 
sent to the Federal Government for approval and it is expected that the con- 
tract will be awarded some time next spring or summer; but, on account of lack 
rr — the Commission has made no provision for additional improvements on 
this road. 


Mr. Holman requested permission to erect a sign at the junction of 
the 82nd Street Highway and the Pacific Highway East at the Gladstone connec- 
tion, directing northbound tourists to the Columbia River Highway via Send 
Street. The Commission denied the request because of the confusion that would 
develop were the Commission to grant all of the requests that it receives for 
similar privileges and it being considered inadvisable to grant one such re- 
quest without granting all. 


Mr. James 0. Convill, City Manager of Astoria, was present in the 
interests of the proposed Astor Street improvement of the Oregon Coast Highway 
in Astoria. He urged the Commission to make provision in its 1940 budget for 
the construction of this project. The Mngineer advised that this project is 
estimated to cost abt $50,000 and that, in his estimation, the right of way 
matter should be clarified before any definite allocation of funds is mde. 
The Commission conevrred. Mr. Convill advised that the city is having diffi- 
culties in securing the removal of the buildings. The Attorney was instruct- 
ed to assist the city in this matter and to send 4 representative to Astoria 
next week to work with Mr. Convill. 


Mr. Convill then asked the Commission for the loan of the services 
of its Landscape Engineer, ir. George Otten, to assist the city in laying out 
& landscaping project in its city park, which consists of 100 acres of land 
and lies adjacent to the stete highway near the south city limits. He said 
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Lyon & Company, Spokane, Washington, submitted the low bid on this 
project in the amount of $165,025.00. K. L. Goulter, Seattle, Wash- 
ington, submitted the next low bid in the amount of $172,825.00. 
There were 13 higher bidders. The Commission awards this contract 

to the low bidders, G. D. Lyon & Company, at their bid of $165,025.00. 


"Elgin-Rock Creek and Union-North Powder Rock Production Proj- 
ect, in Union and Wallowa Counties. Furnish 14,300 cu. yds. crushed 
rock in stock piles. F. R. Hewett, Spokane, Washington, submitted 
the low bid, in the amount of $24,602.00, for this project. Clifton 
& Applegate, Spokane, Washington, submitted the next low bid in the 
amount of $27,761.20. There were 2 higher bidders. This contract 
4s awarded to F. R. Hewett, the low bidder, at his bid of $24,602.00." 


The County Court of Josephine County, consisting of County Judge 
W. A. Johnson and County Commissioners John Valen and Richard McElligott; and 
County Engineer H. B. Brown, came before the Commission in regard to the con- 
struction of the bridge over the East Fork of the Illinois River, on the Illi- 
nois Valley County Road. They advised that the county is unable to finance 
this bridge construction with county funds and unless funds are provided from 
some other source the road will have to be closed for traffic this winter. 
The Engineer advised that the Commission took bids for this project on June 
22, 1939, and expected to finance the work with federal aid secondary highway 
funds, but as yet has been unable to secure the approval of the federal au- 
thorities, The contract cannot be awarded, he added, wntil such government 
approval has been obtained. He gave as his thought that the project is a 
meritorious one and advised that it is his intention to recommend this road 


to the Commission for designation as a federal aid secondary highway when that 
matter is discussed. 


In view of the circumstances surrounding this project and the appar- 
ent need for the immediate construction of the bridge, the Commission decided 
that a special appeal shall be made to the Public Roads Administration for the 
approval of the same. The Ingineer was thereupon instructed to direct a let- 
ter to ur. W. H. Lynch, District Engineer, Public Roads Administration, urging 
early and favorable consideration. 


Mr. George RK, Van Vleet, Jewell, Oregon, was present and requested 
authority to truck logs 56 feet long over state highways. He said that he 
knew thet the law limited to 50 feet the overall length of anything that could 
be transported over the public roads of this state, but he gets many orders 
for logs of greater length which he would like to fill, and, besides, it is 
much more economical to haul the long logs than the shorter ones, hence his 
request. Ti Commissionadvised that it does not have authority to grant per- 
mits for such movements except in cases where they are in isolated districts 
or an emergency exists, and it appears that the instant case does not meet the 
requirement. Furthermore, the Commission understands that the 1939 Legisle- 
ture, by its refusal to pass a certain bill that would have increased the 
length of loads that could be hauled over the highways of this state, indicat- 
ed that it did not want loads longer than 50 feet hauled on the public roads. 
In view thereof, the Commission denied Mr. Van Vleet's request; however, 
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sioners Wm. Baer and E. E. Varco, conferred with the Commission relative to 
the improvement of the Butler Market Road. They presented a letter directed 
to the Secretary of State, signed by all three members of the Deschutes Coun- 
ty Court, in which the Secretary of State was authorized to transfer to the 
State Highway fund $5,000 of Deschutes County's share of the Motor Vehicle 
and Gasoline Tax Fund that is to be distributeé to the several counties on 
December 15, 1939, as the comty's contribution toward the cost of oiling the 
Butler Market Road. The Commission accepted the letter and instructed the 
Secretary to forward it to the Secretary of State. 


Commissioner Baer then inquired as to the status of this project 
and was informed that it is a priority project for federal aid secondary 
highway funds and that the Commission hopes to place it under contract either 
this winter or in the spring. 


Commissioner Baer also asked for the improvement of The Dalles- 
California Highway between Bend end Fort Klamath, particularly urging such 
improvement from the accident-prevention standpoint. He gave &s his thought 
that the highway should be widened and excessive crown in the pavement re- 
moved. The Commission took the matter under advisement. 


Commissioner Baer inquired as to whether or not the State Highway 
Departnent could make use of rock that will be available from the excavation 
for the basement of the new Deschutes County courthouse in Bend. He advised 
that a large quantity of rock will have to be taken from this excavation and 
that the county will be glad to haul it to any point on state highways nearby 
if the state wants it. The Comission accepted the offer and instructed the 
Engineer to select a suitable place for the depositing of this material. 


County Cowmissioner Baer brought up for discussion the matter of \ 
improving the sight distance at a "blind curve" located on the McKenzie-Bend 
Highway about one-quarter mile east of its junciion with the old state high- 
way that extends from Redmond to Bend. He said that a hazardous condition 
exists at this location, where the state maintains a large stock pile site 
which obstructs the view, and the County Court would like to have the situa- 
tion improved for the benefit of traffic. The Ingineer was instructed to in- 
vestigate the conditions and report his ‘indings along with an estimate of 
cost to do the work. 


Mr. A. H. Edlefsen, Portlend, appeared before the Commission in re- 
gard to right of way for the proposed improvement of the Oregon Coast Highway 
between Marshfield and Coquille and particularly the section immediately ad- 
jacent to the section that is now under construction at Bunker Hill. Mr. Ed- 
lefsen outlined plans that have been formulated for the improvement of pri- 
vate property at this location and urged the Commission to acquire the right 
of way for the Highway improvement now so full consideration may be given 
thereto in the development of their plans for the use of such private proper- 
ty. The Commission took the matt-~r under advisement and informed Mr. Edlef- 
sen that the matter will be investigated and that he will be advised within 
& couple of days as to what the Commission could offer him for his land. 
(This matter was reconsidered by the Commission on the following day, at 
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that they would appreciate very much the benefit of Mr. Otten's advice on this 
matter. The Commission approved the request. 


. Messrs. E. C. Willard, Consulting Engineer, Portland, and H. D. 
Freeman, Planning Engineer, City Planning Board, Portland, came before the 
Commission in regard to the request of Mr. John Jordan, Portland, for a change 
in the zone classification of his property situate adjacent to McLoughlin 
Boulevard in Riverside Homestead Addition, Portland. They advised that Mr. 
Jordan's property, which is described as 4 part of Lot 7, is now in Zone 1 
Special, which permits single family residences or duplex houses, but Mr. Jor- 
dan wants the classification changed to Zone 3 so as to allow the construction 
of a service station thereon. Further, that the City Planning Commission ob- 
jects to the change because it wants to preserve the freeway characteristics 
of this thoroughfare, which they believe is in line with the ideas of the 
State Highway Commission. They pointed out that the state now owns the land 
adjoining Mr. Jordan's property on the south, which property has been land- 
scaped, and suggested that the solution of the problem might be the acquisi- 
tion of Mr. Jordan's tract by the state. The Attorney advised that the 
state paid 10 cents per square foot for other land in this vicinity. after 
discussion the Commission authorized the Attorney to offer Mr. Jorden 10 cents 
per square foot for his land. 


In this connection, the Secretary presented a letter from Ivan Hu- 
mason, real estate dealer, Portland, offering to purchase, on behalf of the 
Southern Pacific Railroad Company, the state-owned property lying just south 
of the Jordan tract, which property, he said, the company proposes to lease 
along with other railroad property to a restaurant man who wishes to conduct 
a restaurant business thereon. The Secretary was instructed to inform Hr. 
Humason that this property is not for sale. 


Mr. Frank McKennon, of the State Department of Agriculture, came be- 
fore the Commission in regard to the temporary parking of trucks on the right 
of way of The Dalles-California Highway, ° short distance south of Klamath 
Falls, in connection with the inspection of potatoes which is conducted at 
that place. He explained that the Department of Agriculture has rented e 
building adjacent to the highway for use in connection with potato inspection 
and it so happens that this building is situate so close to the highway right 
of way line that trucks cannot park in front of the building without encroach- 
ing on the highway some 5 or 6 feet. He gave as his understanding that the 
Highway Commission does not permit such encroachments but urged special con- 
sideration in this particular instance because the potato inspection work is 
now under way and no other buildings are available for their use in this vi- 
cinity. He further stated that,if the Commission would permit such encroach- 
ment now, the Department of Agriculture will secure other quarters next year 
in order to avoid a repetition of the occurrence. After considerable discus- 
sion, in which the policy of the Commission was e:.plained to Mr. MeKennon, the 
Commission granted the request subject to the condition that the Department of 
Agriculture find other quarters prior to the starting of next year's inspec- 
tion work. The Commission ordered the matter covered by appropriate letter. 


The County Court of Deschutes County, represented by County Commis- 


Newport:- The Parks Superintendent advised that the Highway Commission owns 

8 parks near Newport which contain no timber of any kind for use as camp fuel, 
etc., but the Lincoln County Court has graciously offered to deed to the state 
without charge a 40-acre tract located near the highway about 1 mile south of 
Yaquina Bay, which will supply fuel for these parks for a long time to come. 
The Commission accepted the gift and ordered that an appropriate letter of 
thanks be directed to the County Court. 


Addition to Ecola State Park, in Clatsop County:- The Parks Super- 
intendent advised that the Crown Zellerbach Corporation owns considerable 
property fronting on the ocean north of Ecola Park and has made inquiry as to 
whether or not the state would be interested in purchasing this tract as an 
addition to the present park at this location. He further advised that the 
company is asking $17,500 for this land, and pointed out that the Clatsop 
County Court is now working on a proposition for an exchange of county hold- 
ings for the same. He recommended that the corporation's offer be declined. 
The Commission approved the recommendation. 


Saddle Mountain Geme Reserve:- The Parks Superintendent advised 
that the Crown Willamette Paper Company owns considerable land surrounding 
Saddle Mountain State Park, in Clatsop County, which it is particularly de- 
sirous of placing in a game reserve so as to protect the elk which ‘abound 
there, and the company wants the Highway Commission to join with it in asking 
the Game Commission to establish such reservation. He suggested that this 
would be a fine thing to do as it would not only protect the elk in the com 
pany's holdings but would also protect the many elk in the state park. The 
Cormission approved the suggestion with the understanding that the reserva- 


tion would include only a reasonable erea outside of the state park boundaries 
rather than the entire holdings of the Crown Willamette Paper Company. The 
State Parks Superintendent was authorized to contact the Game Commission on 
such basis. 


Natal Grange park site adjacent to the Nehalem Highway, in Columbia 
County:~ The Secretary presented @ letter from the Columbia County Land Util- 
ization Committee recommending the establishment of a state park at this lo- 
cation. The State Parks Superintendent reported that acquisition of this 
property is still under negotiation by irs. Pearl Becker, Secretary of the 
Columbia County Pomona Grange, on the basis of payment of $3,000 for the tin- 
ber, for which the owners of the property, the Clark Wilson Lumber Company , 
are demanding $6,000. The Commission took no action on this matter. 


Proposed park site at Croft Lake, south of Bandon, Coos County:- 
The Secretary presented a petition from Westmost Grange No. 8&, Bandon, urg- 
ing the establishment of a state park at this location. The Parks Superin- 
tendent advised that he has under contemplation the acquisition of a park 
site at Floras Lake which also lies adjacent to the Oregon Coast Highway, near 
the site recommended by the Grange. It was his thought that the Floras Lake 
site is more suitable for state park purposes than the site at Croft Lake trt 
said he would not be in a position to make a definite report to the Commission 
until he has looked into the matter further. The Commission deferred action 
on the Grange's request until the State Parks Suyerintendent's final report 
has been rendered. 
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which time the Commission authorized the Attorney to offer Mr. Edlefsen $100 
per acre for right of way across his property. ) 


The State Parks Superintendent, Mr. S. H. Boardman, was present 
and reported on the following park matters: 


Salmon River Highway timber strip:- The Parks Superintendent ad- 
vised that this timber strip lies on the north side of the highway east of 
the place know as Deer Creek Park, about 8 miles east of Otis, and is a part 
of the tract for which the Commission carried on negotiations with the Miami 
Corporation some time previously. He advised that he is in receipt of a let-~ 
ter from the Miami Corporation offering to sell this property now on the ba- 
sis of 10 per cent cash and the balance payable in equal payments, without 
interest, in 1940, 1941, and 1942. He questioned the advisability of doing 
this because it would mean the doubling up of payments for Salmon River High- 
way timber strips, and for the further reason that a bill is now pending in 
Congress which provides federal funds to finance the acquisition of such tin- 
ber strips adjacent to main highways. The Commission concurred in the view- 
point of the Parks Superintendent and instructed him to confer with Mr. L. H. 
Mills, representative of the Miami Corporation, regarding the matter and to 
secure from Mr. Mills, if possible, a letter to the effect that the Miami Cor- 
poration will not sell this timber for a year or so, and, in any event, will 


give the State of Oregon the first chance to purchase this property on the 
basis of his offer. os 


Churchill wayside timber strip along the Salmon River Highway:- 

The Parks Superintendent advised that Mr. N. D. Churchill, Portland, owns a 
40-acre timber tract adjacent to the Salmon River Highway near the Tillamook 
County line, described as the northeast quarter of the southwest quarter of 
section 12, township 6 south,range 9 west, W. M., and that the timber on this 
tract north of the highway has been cut, but there remains a 300-foot strip 
of standing timber along the south side of the highway, which, in his estima- 
tion, should be preserved. He recommended purchase of this 40~acre tract, in- 
cluding the timber which is owned by a Mr. Ross, and suggested that the Right 
of Way Department be authorized to secure options for the same. The Commis- 
sion approved the recommendation unanimously. 


Furnishing of electrical energy for use in the Vista House, at Crom 
Point:- The Parks Superintendent advised that the agreement with Edward L. 
Dimmitt, concessionaire at Crown Point, provides that Mr. Dimmitt shall pay 
for the electrical energy that he uses. However, it appears that a reduction 
in rate can be secured if the Highway Commission will authorize the power com~ 
pany to deliver electricity at this place in the name of the state. He in- 
quired whether or not the Commission would care to enter into an agreement 
with Mr. Dimmitt and the power company to secure this discount. The Commis- 
sion decided not to enter into any such agreement, particularly in view of the 
fact that the state would not benefit by reason of the discount and would be 
assuming @ responsibility that would not conform with the Commission's estab- 
lished policy with respect to such matters. 


Acquisition of 40-acre tract near the Oregon Coast Highway south of 
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Furniture for recreational building at Silver Creek Falls Stete 
Park:- The State Parks Superintendent requested authority to spend approxi- 
mately $300 for construction of myrtlewood furniture, including tables, bench- 
es, et cetera, for use in this park. He explained that under the original 
setup it was planned to construct such furniture of fir, but there has been 
given to him without cost a considerable amount of myrtlewood timber which he 
would like to substitute, notwithstanding that to make it up into furniture 
would cost the state slightly more than to build the furniture of fir. He es- 
timated the total cost of making the furniture at $1,026.00, of which amount 
the state’s share would be approximately $300, the balance to be paid with 
W.P.A. furids. After discussion, the Commission voted unanimously to approve 
such project, based on the use of myrtlewood. The State Highway Engineer was 
thereupon authorized to sign the W.P.A. agreement relative thereto. 


Proposed state park at Cascadia:- The Assistant Attorney reported 
on his study of the proposed acquisition of the Giesendorfer property at 
Cascadia, which has been offered and recommended to the Commission for state 
park purposes. He estimated the value of this property, exclusive of the soda 
springs and the hotel, but including some 228 acres of land and 4 M-FBM of 
timber, at $17,375.00. He also advised that Mr. Giesendorfer is demanding 
the sum of $25,000.00for the property and that there is « mortgage of $14,000 
against it. He pointed out that an organization of Baptist Church people now 
maintains a building on the premises and that the same fronts on the Santiam 
River, which they use for baptismal purposes. He questioned the desirability 
ef acquiring the Giesendorfer property unless some provision is made for re- 
moval of the church facilities. The State Parks Superintendent recommended 
acquisition of the area from Mr. Giesendorfer if it can be obtained for a rea- 
sonable amount and if the facilities of the Baptist Church can be eliminated. 
He declared this to be the finest site for a state park in Linn County. after 
considerable discussion, the Commission authorized and instructed the Attorney 
to negotiate with Rev. I. A. Fox, Salem, who represents the Baptist Church in 
connection with its activities at this point, relative to the vacation of the 
area that they are now using. 


Proposed park budget for 1940:- The State Highway Engineer brought 
up for discussion the matter of increasing the state parks budget for the year 
1940. He advised that the State Parks Superintendent feels that $100,000 is 
insufficient to properly carry on the functions of his department, and has re- 
quested an increase to $150,000. Action on this matter wes deferred by the 
Commission until the next meeting, when the State Parks Superintendent is to 
present e budget itemizing the essentials for carrying on his work, including 
continuing obligations. 


The Commission adjourned at 6:00 o'clock p. m., to reconvene at 9:00 
o'clock on the following morning in the same room. 
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Improvements to state park at Waldport:- The Secretary presented 
a letter from the Waldport Chamber of Commerce urging 6n allocation of funds 
for the development of the state park adjacent to the Oregon Coast Highway at 
Waldport. The Parks Superintendent estimated that to finance the improvements 
requested by the Chamber of Commerce would cost approximately $20,000, which, 
in his estimation, is entirely too much to spena for the improvement of this 
area, which, he said, is merely a narrow strip along the highway. In view of 
the report, the Commission denied the request; however, instructed the Ingi- 
neer to bear this project in mind as 4 possible one for the federal aid land- 
scaping program some time in the future. It was understood, however, that 
any landscaping work that is done here should be confined to property adja- 
cent to the highway right of way and should not extend to the beach. 


Proposed park site at Little Jack Falls, Columbia County:- The 
Parks Superintendent reported on the recommendation of Mr. John Plebuch, 
Willamina, Oregon, that a state park be established adjacent to the Lower Co- 
lumbia River Highway at a place lmown as Little Jack Falls. He said that it 
will cost a large sum of money to acquire and improve this area for state 
park purposes, and, in his estimation, the expense is not justified in view 
of the fact that the present highway at this location is not on permanent 
alignment and, when relocated, will probably be a considerable distance from 
the present highway and at a much lower elevation. He suggested, however, 
that when the proposed revision is constructed, provision be made for the use 
of the old road by people who desire to obtain the scenic view from this ad-~ 
vantageous point, which would necessitate, he explained, the widening-of the 
right of way somewhat for the parking of automobiles. In view of the report, 
the Commission decided not to establish a state park at this point but in- 
structed the Engineer to keep in mind the Park Superintendent's suggestion 
relative to the retention of the old road for sight-seeing purposes when the 
proposed revision is completed. 


Proposed state park on the north side of the Willamette River, near 
Wilsonville:- The Parks Superintendent recommended acquisition of suitable 
acreage at this location where it is proposed to construct a pridge across 
the Willamette River on the West Portland-Hubbard Highway, not only for park 
purposes but also as a protection for the proposed bridgehead. The Commission 
concurred in the viewpoint of the Parks Superintendent and instructed him to 
ascertain just how much land is needed. The Attorney was authorized to nego- 
tiate for the acquisition of such land and to secure options for the same. 


State cooperation in establishment of central design office in Port- 
land for State Park C.C.C. camps:- The Parks Superintendent advised that the 
National Parks Service has in mind the establishment of a central design of- 
fice in Portland to serve Oregon, Washington, and Idaho, but definite arrange~ 
ments for the same are contingent upon the State of Oregon contributing the 
sum of $50 per month toward the rental of the offices, such sum being Oregon's 
share on the basis of pro rating the entire cost according to the number of 
C.C.C. camps in each of the three states. It was his thought that the main- 
tenance of such central office in Oregon would be of considerable advantage 
to this state and he recommended approval of the expenditure. The State High- 
way Engineer concurred in the recommendation. The Cowmission approved the 
recommendation unanimously. 


GREEN SPRINGS HIGHhaY 
SISKIYOU JUNCTION-KLAMATH COUNTY LINE ROCK PRODUCTION 


R. I. Stuart & Sons $ 15,720.00 
Saxton, Looney, & Risley 15,975.00 
A. S. Wallace 17,100.00 


PACIFIC HIGHWAY 
WEST UNIT, GRANTS PaSS-GREEN CREEK SECTION - GRADING AND PAVING 


Leonard & Slate $142,818.00 
Berke Bros. 149, 704.00 
Jacobsen-Jensen Company 151,512.00 
E. C. Hall Company 152,259.00 
Frank Penepacker 154,942.00 
McNutt Bros. 159,631.00 


PaCIFIC HIGHWAY wEST 
OREGON SLOUGH-COLUMBIa SLOUGH SECTION - PAVING 


Edlefsen-Weygandt Company ¢ 18,885.70 
Porter W. Yett 20,504.10 
The United Contracting Company 22,108.80 


Parker-Schram Company 23,363.55 


The Commission considered and by unanimous vote approved the min- 
utes of the meetings held on June 21 and 22, July 18, July 26 and 27, and Au- 
gust 17 and 18, 1939. 


The Commission discussed briefly matters pertaining to the bids re- 
ceived by the State Board of Centrol for the furnishing of gasoline and oil 
products for the year 1940 but deferred a decision thereon pending consulta- 
tion with Mr. Dan Fry, Secretary of the Board of Control. The Engineer wes 
instructed to ask Mr. Fry to be present during the afternoon session. (Mr. 
Fry «ais with the Comaission in regard to this subject at 3:30 o'clock 
Pp. mM. 


The Actorney requested authority to acquire certain parcels of real 
property that are needed for various highway improvements throughout the state. 
He presented a list of such properties and prices thet he recommended be paid 
for each. After careful consideration the Commission approved the request and 
by unanimous vote adopted the following resolution in regard thereto: 


WHEREAS, in connection with the further improvement of the 
highways hereinafter designated, it is and has been necessary to ac- 
quire property for right of way, quarry sites, gravel or other ma- 
terial sites, or sites for the storage of materials, as hereinafter 
more definitely set forth; and 


WHEREAS, as a result of negotiations carried on with the 
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Portland, Oregon, November 3, 1939 


The State Highway Commission reconvened in regular session at 9:00 
o'clock a. m. in the auditorium of the Public Service Building. Present were: 


Henry F. Cabell, Chairman 

BE. B. Aldrich, Commissioner 

Huron W. Clough, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


Bids as follows for highway construction projects were opened and 
read in conformance with previously published notice, following which Chairman 
Cabell announced that the award of contracts would be made at 3:00 o'clock p.m 
in the same room: 


MT. HOOD AND waPINITIA HIGHWAYS 
MT.HOOD ROCK PRODUCTION PROJECT 


E. C. Hall Company $27,394.00 
Washington Hauling Company 28,812.00 
H. L. Rice 29, 744.00 
R. 0. Dail & Warren Bros. 30, 387.00 
A. S. Wallace 31,187.00 
Saxton, Looney, & Risley 33,364.00 
0. C. Yocom 35,396.00 
Fisher Bros. 38,429.00 
Newport Construction Company 38,914.00 


OREGON COAST HIGHWAY 
SEASIDE-NECANICU:i SUMMIT ROCK PRODUCTION PHOJECT 


Babler Bros. $ 9,270.00 
Gus Reichow 9,450.00 
Saxton, Looney, & Risley 9,909.00 
A. S. Wallace 9,930.00 
Tidepoint Company 10,620.00 
Q. C. Yocom 11,540.00 
E. F. Altree 11,800.00 
Dolan Construction Company 11,910.00 
R. O. Dail & Warren Bros. 13,480.00 


PENDLETON-JOHN DAY HIGHWAY and BEECH CREEK HIGHWAY 
MOUNTAIN REST-MT. VERNON ROCK PRODUCTION PROJECT 


F. R. Hewett ' #10, 370.00 
A. S. Wallace 10,485.00 
McNutt Bros. 14,400.00 
Schmeer & Williams Bros. 14,860.00 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Ww = W 
7231-Lord, E. J. Sy 0.03 Bio per a. + $35 Benson 
ci) 


7108-Shannahan, Bertha W. " 3000 sq.ft. $250 Lump Sum 


ij lanetibe River Bridge —Corvepes 2 s-Bast Side Highway 
3-Olson, Lorine 17240 sq.ft. 5000sq.ft. at 10¢ sq.ft. 


12,240 sq.ft. at per 
sq.ft.,+ $199% Parker 


6387-Miles, W. C. RW 4339 sq.ft. 33¢ sq.ft. + $648.13 Gardiner 


(Correction) 
573@A-Hackleman, Denver E. R/W and 2046 sq.ft. Gratis " 
Slope Easement 
6382-MeCalley, R. B. R/W 12440 sq.ft. $6000 Lump Sum 
6380-Nelson, Andrew a 3368 sq.ft. $2500 Lump Sum 
6379-Nelson, Ruth " 4602 sq.ft. Land $60, + taxes & 
street assessments 
6381-Hutting, Roy W. " 252 sq.ft. 10¢ sq.ft. + $1474.71 
583,-Deiley, Frank F. Slope Easement344 sq.ft. Land Gratis, + $52.15 
5833-Cheever, Gilbert S. " " 160 sq.ft. Land Gratis, + $25.70 
6377-Childs, Charles R/# 13048 sq.ft. 5¢ sq.ft. + portion of 
Lot 7, Block A, lying 
outside R/W, owed by 
State 
5131-Cox, W. A. (Estate) 995 sq.ft. 5¢ sq.ft. + $450.25 


C ~ Pac ighwa 
7505-Ackerman, Meinert 0.054 Gratis 
(J. H. Robison) 


e - 
CT Ti U. G. WW 48, sq.ft. to be exchanged for 


389 sq.ft. not needed 
for right of way Benson 
5644-Turner, i 4080 sq.ft. $2150 Lump Sum " 
5645-Durham, n 545 sq.ft. 10¢ sq.ft. " 
5647-Turner, . log sq.ft. + $10 " 


5649-Miller, .ft. 10¢ sq.ft. + $125.63" 
5653-McFarland, C. A. ‘ $2015 Lump Sum 
5655-Hart, Harry C. ft. 5¢ sq.ft. + $161.20 
5689-Garoutte, G. Frank 5f sq.ft. + $705.50 + 
moving bldgs. (est.$900) 
5690-Wicks, Marie E. ‘ 5¢ sq.ft. + $25 
5692-Hawley, Geo. M. :.ft. $1000 Lump Sum 
5699-Chrisman. W.W. ‘ £1000 per a. + $57 
5700-Plueard, Frank 0.296 $1000 per a. + $25 
5698-Mooley, A. W. 274 sq.ft. 2i¢ sq.ft. + $10 
5641~Stewart, C. E. 6740 sq.ft. $700 Lump Sum 
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owners of the property required, options have been obtained, which 
options have been considered by the Commission, outlining the bases 
of settlement which have been agreed upon; and 


WHEREAS, it is the judgment of the Commission that the 
said options should be approved and accepted, and/or the said re- 
ports be declared acceptable to the State Highway Commission as ta- 
ses of settlement for the properties involved, and that the acquisi- 
tion of the properties should be cumpleted: 


NOW, THEREFORE, BE IT RESOLVED that the several offers,or 
bases of settlement hereinafter enumerated be, and the same hereby 
are, approved and accepted, and that the Attorney for the State 
Highway Commission be, and he hereby is instructed to complete the 
acquisition of the said properties and to take title thereto in the 
name of the State of Oregon. The said properties hereby ordered 
and authorized to be acquired are as follows: 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Necanicum-Elsie Section - Wolf Creek Highway 
,57-Reierson, Laurence E. Stock Pile 1.22 $75 per a. Eason 


2922-Kerr, Wm. L. Slope £25 sq.ft. Gratis DeSouza 


no ewe 
l-yr.lease gratis Parker 


o,18-The Raleigh 
= vi 
3179-Parker, anna & Jos. P. "y 0.456 a. $500 Lump Sum + $48.40 Parker 


mn p Cree. 


ris ve 3 Way 
, et al Rock Quarry 10.23 $85 per a. + $130.45 


Ve. 


7,02-Pibl, H. M. 


& Haul Road + fencing McChesney 

SAE Mary H. Wi 0.19 $1158 per a. + moving 

(Correction) bldgs. (est. $1115) Collins 
6974-Zwiener, Alfred ° 0.12 $1000 per a. bd 

(Correction) 
6962-Brown, A. W. " 1200 sq.ft. 5¢ sq.ft. + $440 " 
6994-Hamback, Fred " 106 sq.ft. $5 Lump Sum for land, " 

+ £7 

6973-Nash, C. F. " 1247 sq.ft. Land $55, + $5 " 


Zz e t ~ Ore i 
ee tee Fas -De(Sunset 7} 1112 sq.ft. 10¢ sq.ft. McCallister 


Investment Co. (Correction) 
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Section, Hwy., and Owner 


Purpose 


Acres 


Grants Pass-Green Creek oe 2b 
Keibel, Herman 33628 sq.ft. 


72ll-Walker, W. W. 
7212-Proctor, P. P 


7286-Heydentburk, Edwin S. 


7091-Drolette, J. A. 


7207-MacFarlane, C. P. 


7213-Straley, Lee 
7268-Bennett, W. Z. 
(Mabel Taylor) 
7269-Bennett, W. Z. 
7220~Straley, Peter C. 
7177-Gordon, Mina W. 


7271~Rommell, Effie 
Rl4-Sherk, T. ¥ 
7283-Martin, Stephen A. 
7218-Dubbs, Harry E. 
7210-Fruitdale Grange 
7219-Graves, H. G. 
7217-Bennett, John N. 
7215-Southwick, P. W. 


7270-Morrison, Lloyd 
7208-Mallory, Fred N. 


7288-Galbraith, Miss E. L. 
7285-Grants Pass Irrigation 


District et al 
7511-Kaser, E. N. 
721,6-Schmidt, Nellie C. 


7204,-McConnell, Helen L. 
7202-Hughel, Nile 


7179-West, Bessie 


Prevo 
6848~Lichens, Fred 
(Correction) 
Neil Cr 
704 Seren, J. F. and 
Stoddard, N. B. 


. 1.55 
sd 1.92 
” 5387 sq.ft. 
" 5061 sq.ft. 


" 64158 sq.ft. 


id ‘ 1.044 

: 0.382 

" 0.163 

bs 0.312 

, 0.3 

" 1565 sq.ft. 
ss ‘ -303 

" 41035 sq.ft 
® 0.21 

® 1769 sq.ft. 
ba 0.312 

" 0.648 

" 3118 sq.ft. 


" 10846 sq.ft. 
" 21578 sq.ft. 
" 1418 sq.ft. 


sd 10411 sq.ft. 
" 1948 sq.ft. 


- Butte F 
Quarry 


Approximate Amounts 


2¢ sq.ft. + $160 + mov- 
ing bldgs.(est. $150) 


NeGnllis ter 


$435 per a. + $41 
$435 per a. + 951 
2ésq.ft. 
20¢ sq.ft. + + $3865.80 
+ moving gas pumps and 
tank (est. $325) 


2¢ sq.ft. + $1190, + mov- 


ing house (est.$100) 
$600 per a. + $23 
$600 per a. + $407.50 


$600 per a. 

$600 per a. 

$600 per a. + $20 + mov- 
ing bldgs. (est.$325) 

2¢ sq.ft. + $93.70 

$600 per a. + $10 


. 2¢ sq.ft. + $150 


$600 per a. + $11 


1s¢ sq.ft. 
yo per a. + §10 


$600 per a. + $199 


Agent. 


To be exchanged for approx. 


1600 sq.ft. owned by. 
state 

2a¢ sq.ft. + $178.85 
3¢ sq.ft. + $850 

2¢ sq.ft. 


$10 Lump Sum 

9435 per a., + $14 

1s sq.ft. + $260 + mov- 
ing (est. $2500) 

20¢ sq.ft. + $4917.80 
20¢ sq.ft. + $2160.40 


wa, 
$25 per a. 


$250 per a. + $399.75 


5-yr. lease at 2f cu.yd. 
+ payment for any timber 
destroyed 


McCallister 


Lytle 
HOV 3 1939 


9148 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


-Durham, Nelson 854 sq.ft. 5f sq.ft. + $157.30 Benson 
5639-Southern Pacific Co. R/Wand 4829 sq.ft. 28 sq.ft. at 50¢ sq.ft. 
Slope Easement 4801" at 10¢ sq.ft. " 
5648-Durham, John M. R/W 6678 sq.ft. 10¢ sq.ft. + $968.40, " 
+ moving bldgs. (est.$900) 
5652-Sly, Frank J. " 260 sq.ft. $100 Lump Sum 
5691-Lea, Lucy C. xs 4536 sq.ft. 5¢ sq.ft. + $673.20, + 
moving bldgs. (est $1200) " 
5646-Wilkins, Varian " 93 sq.ft. $10 Lump Sun 
#5701-Chambers, J. H. " 0.964 $1000 per a. + $6535 " 
%*5694-Helliwell, A.W. end n 14915 sq.ft. $11,000 Lump Sum, (with 
Nelson, P. E. serv.sta.bldgs.& equip't " 
,56-Matthews, Geo. W. Gravel Bar 5-yr.lease at 3¢ cu.yd.lytle 
5702-Cottage Grove, City of R/W 1790 sq.ft. $80 Lump Sum Benson 
5643-Woodruff, Caroline G. " 6020 sq.ft. with 5-room house, 
$1250 Lump Sum " 
5650-Roye, Orpha, & " 8030 sq.ft. with 5-room house,$1550, 
Snodgrass, Frank H. + $90 (street assessments) 


Se Ethel S. 4 1200 sq.ft. 2¢ sq.ft. Parker 
are Nat'l Bank Gardiner 5 236 sq.ft. Gratis Gardiner 


(L.C. arthur) 


aitteen, Hattie —=—=~*«~@]WSC«CADD.g fC. 


sq.ft. + $72.78 McCallister 

7209-Hale, J. D. " 1709 sq.ft. 14¢ sq.ft. " 
7284-Kuhn, Rudolph " 26286 sq.ft. 2¢ sq.ft. + $115 " 
7281-Bullock, H. S. " 4400 sq.ft. 2¢ sq.ft. + $160 " 
7280-Tardy, Eugene M. " 238 sq.ft. 2f oq.ft. + $5.24 ® 
7279-Sheter, Peter E. sd 9191 sq.ft. 2¢ sq.ft. + $70 « 
7277-Renner, Geo. " 1945 sq.ft. 2¢ sq.ft. + $63 " 
7276-Bullock, H. S. . 4977 sq.ft. 2¢ sq.ft. + $115 " 
72'i,-Talbot, Douglas " 13920 sq.ft. 2¢ sq.ft. + $146.60 " 
T291-Cooley, Charles R. " 5218 sq.ft. 2¢ sq.ft. + $15 " 
7216-Harmon, Nellie J. " 0.409 $600 per a. " 
T2T2-Cooley, Charles R. ° 9677 sq.ft. 2¢ sq.ft. + $125 + mov- 

ing bldgs.(est $325) e 
7273-Gilliland, D. J. " 91 sq.ft. Gratis " 
7275-Troll, Matilda " 1283 sq.ft. 24 sq.ft. + $49.34 " 
7205-Robinson, Schubel E. " 40453 sq.ft. 2¢ sq.ft. " 
7091-Drolette, J. A. " 15496 sq.ft. Lid sq.ft. + $195.44, + 

moving bldgs. (est $550) " 
71.75-Morrison, Julia May " 3111 sq.ft. 2¢ sq.ft. + $30 ® 


*Approved tentatively subject to personal inspection by Commissioner Clough 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


1652-Phipps, I. D. - 344 sq.ft. 256 sq.ft. + $263.92 Devers 
7027-Horn, Willard F. x 7.28 $550 Lump Sum Benson 


~Herris, Lew W., 1.15 $100 per a.,+ $238.00, 
Dean Harris (Correction) + fencing DeSouza 


“In construction and mov- 
ing 3214 rods fence at 


50¢ per rod Chandler 
Klamath Agency-Modoc Point bectio ne Dalles—-Caiil a Highway 
1792-Hagelstein, John Stock Pile 0.563 ‘5-yr. lease, $25 McChesney 
Redmond-Prineville Section - Ochoco Highway 
415-Crook County Stock Pile 2.07 $1.00 Lump Sum McChesney 
Brothers—namsey In ty egon Highwi 
14,54-Verges, Dominique Hauling Road Consideration for which 
Easement the state to build cat- 
tle guard McChesney 
74,05-Laughlin, Erie L. Snow Fence Easement Gratis Chandler 
7407-Laughlin, Orral bd e " Gratis m 
7,06-Sigfrit, Lena " " Perpetual Easement $25 " 
~ We me 
7255-Tucker, Sidney Stock Pile 1.0 $50 Lump Sum Collins 
7257-Wishman, Claus Stock Pile,Quarry 3.13 g250 " " " 
7259-Frazier, W. H. Stock Pile 1.59 $25 *" bd Ld 
7260-Kydd,John & James Grant " " 0.83 $25 * * ” 
7261-Kydd,John & James Grant " " 0.78 {95 #« 8 " 
7256-Parks, Laura i. ‘. * 0.84 $100 * * a 


7240-Carnes, Geo. E. Stock Pile 0.59 Land $75, + fencing Wells 


724,1-Griswold, M.C. Rock Quarry 6.72 $30 per a., + $31.20 id 
(Security Savings & Stock Pile 
Trust Co.) 

3 19 39 


gravel, gravel beds or bars, sand, sand beds or bars, rock, boul- 
ders, quarries or quarry sites, lime deposits, or other mineral de- 
posits or formations suitable for road construction, improvement, 
betterment or pavement, and to declare the necessity and need for 
the acquisition thereof and the adventeges to be gained thereby; 


NOW, THEREFORE, BE IT AND IT HEREBY 1S RESOLVED by the 
State Highway Commission as follows: 


1. That the State Highway Commission does hereby find 
and declare that it is necessary and will be of advantage to the 
State of Oregon and there is need that the Stete acquire for the 
purposes of road construction, improvement, betterment, repair and 
maintenance, and for the purpose of the manufacture of road materi- 
als on the following section or sections of the state highway sys- 
tem of the State of Oregon, to wit: 


Northwest route of the Tigard Section of the Pacific Highway West 


real property owned by or in possession of the following parties 
and/or persons, to wit: 


R7135-Washington County - A. P. Ploeger and Zelda Ploeger 


and this Commission does hereby declare further that the said prop- 
erty or properties contain gravel, gravel beds or bars, sand, sand 
beds or bars, rock, boulders, quarries or quarry sites, lime depos- 
its, or other mineral deposits or formations suitable for road con- 
struction, improvement, betterment, or pavement, and that the said 
property or properties is or are necessary and needful and the ac- 
quisition thereof will be of advantage to the State of Oregon for 
the said purposes in order to make it possible for the State High- 
way Commission to construct, improve, maintain, and repair the said 
portion or portions of the said state highway system in accordance 
with the standards adopted by this Commission. 


2. That the State Highway Engineer be anc he hereby is 
instructed and directed to properly survey the parcel or parcels of 
land required for said purposes and to prepare proper and adequate 
descriptions thereof, which descriptions shall be employed in the 
preparation of a deed or deeds or other instrument or instruments 
necessary to complete the acquisition of the said property or prop- 
erties, or which said descriptions may be used in the preparation 
of a complaint in the event that condemnation proceedings are nec~ 


essary. 


3. That the boundaries of the said parcel or parcels of 
land, as defined and determined by the said survey made by the seid 
Highway Engineer, shall be and the same hereby are adoptec anc the 
lands defined therein are hereby declared to be and the same shall 
be lands necessary for the purposes stated herein. 
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Commission before the offers are made; also, the question of whether or not 
the approved offers should be recorded in the minute book. It was the de- 
cision of the Commission that, in so far as possible, no offer in such cases 
shall be made until the Commission has approved the seme, and that the Secre- 
tary should make a minute entry of all such approved offers. 


The Commission discussed the offer of Mr. A. H. Edlefsen to sell 
to the Commission right of way needed for the improvement of the Oregon Coast 
Highway across his property between Marshfield ami Coquille. The Attorney 
advised that Mr. Edlefsen's property consists largely of swamp land with no 
timber thereon. Further, that, in his estimation, Mr. Edlefsen would not be 
entitled to damages on account of severances, He valued the Edlefsen proper- 
ty at $100 per acre and recommended purchase of the right of way at such rate. 
The Commission approved the recommendation unanimously. 


The Attorney reported difficulties in acquiring certain parcels of 
real property that are needed for various highway improvements and requested 
authority to acquire such properties by condemnation. He submitted a list of 
such properties, together with the appraised value of each as determined by 
the Right of Way Department. after careful consideration, the Commission ap- 
proved the following offers for such propertiess 


Approved 
Needed for Gravel Pit 
R7135 Tigard Sec A. P. Ploeger and 
Zelda Ploeger $1,000 
Needed for Right of Way 
R7203 Grants Pass-Green Creek Jean Higgins 4,500 
R7506 Scotts Butte-Jordan Valley Hazel Breshears ) 
R7507 " " n n Delos C. Foster ) To clear up 
R7508 " " " " William B. Packard) irrigation 
R7509 e " ® ® Hazel Breshears ) assessments 
R7510 ° . " " Alfred C. Griffin ) 
R3167 west Unit, Jordan Creek falter R. Bowden 5240 
R5642 Cottage Grove alvin C. Spriggs and 
J. H. Spriggs 200 
R5697 ° " Frank Heck & Mary Heck 13,000 
R5915-A Selem-Pringle Creek Albert L. Thomas and 
Ethel Thomas Allison 300 


The Attorney was authorized and instructed to acquire such proper= 
ties by condemnation in the event that the offers are rejected. - The follow 
ing resolutions in regard thereto were adopted by the Commission by unanimous 
vote: 


WHEREAS, the State Highway Commission is by lew authorized 
and directed to lay out, locate, designate, construct, improve, 
maintain a system of state highways in the State of Oregon end to 
acquire by donation, purchase, agreement, condemnation, or by the 
power of eminent domain title to land upon or under which there is 


Scotts Butte-Jordan Valley Section of the I. O. N. Highway 
R7506-Hazel Breshears 
R7507-Delos C. Foster 
R7508-William B. Packard 
R7509-Hazel Breshears 
R7510-Alfred C. Griffin 

West Unit, Jordan Creek Section of the I. 0. N. Highway 
R3167-Walter R. Bowden 

Cottage Grove Section of the Pacific Highway 
R5642-Alvin C. Spriggs and J. H. Spriggs 
R5697-Frank Heck and Mary Heck 

Salem-Pringle Creek Section of the Pacific Highway East 
R5915A-Albert L. Thomas and Ethel Thomas Allen 


and this Commission does hereby declare further that the said prop- 
erty or properties are necessary, are needful, and the acquisition 
thereof will be of advantage to the State of Oregon for right of way 
purposes in order to make it possible for the State Highway Comnis- 
sion to properly locate, relocate, construct, reconstruct, and main- 
tain said portion or portions of the said state highway system in 
accordance with standards adopted by this Commission relative to 
curvature, grades, alignment, drainage, aud factors of safety. 


2. That the State Highway Engineer be and he hereby is 
instructed and directed to properly survey the parcel or parcels of 
land required for such right of way purposes and prepare proper and 
adequate descriptions thereof, which descriptions shall be employed 
in the preparation of a deed or deeds or other instrument or instru- 
ments necessary to complete the acquisition of the said property or 
properties or which descriptions may be used in the preparation of a 
complaint in the event that condemnation proceedings are necessary. 


3. That the boundaries of the said parcel or parcels of 
land, as defined and determined by the said survey made by the said 
Highway Engineer, along the route or location adopted by the Highway 
Commission, shall be and the same hereby are adopted and the lands 
defined therein are hereby declared to be and the same are included 
within the rights of way of the said portion or portions of the said 
state highway system and hereby are declared to be necessary for the 
proper location, improvement, construction, and maintenance of the 
said portion or portions of the state highway system. 


4.. That I. H. Van Winkle, Attorney General for the State 
of Oregon, and J. M. Devers, Assistant Attorney General and Attorney 
for the State Highway Commission, be and they are hereby requested, 
authorized, and directed to attempt to agree with the owner or om- 
ers and/or with the tenants or persons in possession, if there be 
any, of said parcel or parcels of land with respect to the compensa- 
tion to be paid for the taking of the same and the damage, if there 
be any, and in the event that no satisfactory egreement or agree- 
ments can be reached, then it is hereby further resolved that the 
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4. That I. H. Van Winkle, Attorney General of the State 
of Oregon, and J. M. Devers, Assistant Attorney General and Attorney 
for the State Highway Commission, be and they are hereby requested, 
authorized, and directed to attempt to agree with the owner or omn- | 
ers and/or with the tenants or persons in possession, if there be | 
any, of said parcel or parcels of land with respect to the compensa- 
tion to be paid for the taking of the same and the damage, if there 
be any, and in the event that no satisfactory agreement or agree~ 
ments can be reached, then it is hereby further resolved that the 
Attorney General of the State of Oregon and J. M. Devers, Assistant 
Attorney General and Attorney for the State Highway Commission, be 
and they hereby are requested to commence and prosecute to a final 
determination such suit or action, or suits or actions, as may be 
necessary and appropriate to acquire title to the said premises and 
all rights therein for the purposes herein stated. 


5. That this resolution be entered in full in the minutes 
and records of this Commission. 


WHEREAS, the State Highway Commission is by law authorized 
and directed to lay out, locate, relocate, designate, construct, re- 
construct, improve, and maintain « system of state highways in the 
State of Oregon, including both primary and secondary state highways, 
to acquire rights of way necessary therefor, and to declare the ne- 
cessity and need for the acquisition thereof, and the advantages to 
be gained thereby; 


NOW, THEREFORE, BE IT aND IT HEREBY IS RESOLVED by the 
State Highway Commission as follows: 


1. That the State Highway Commission does hereby find and 
and declare that it is necessary, will be of advantage to the State 
of Oregon, and is needful that the State acquire for right of way 
pur oses for use in connection with the permanent location, construc- 
tion, improvement, and maintenance of the following section or sec~- 
tions of the state highway system of the State of Oregon, to wit: 


Grants Pass-Green Creek Section of the Pacific Highway 
Scotts Butte-Jordan Valley Section of the I. 0. N. Highway 
West Unit, Jordan Creek Section of the I. 0. Ni. Highway 
Cottage Grove Section of the Pacific Highway 
Salem-Pringle Creek Section of the Pacific Highway East 


real property owned by or in possession of the following parties 
or persons, to wit: 


Grants Pass-Green Creek Section of the Facific Highway 
R7203-Jean Higgins 


(Continued on next page) 


the collection of the ton-mile tax. The Commission instructed the Attorney 
to bring the entire matter to the attention of the Public Utilities Commis- 
sioner to the end that funds be not diverted from the use to which they have 
been put heretofore. 


The Commission had under discussion the adoption of a program for 
1940 federal aid secondary highway funds, amounting to $430,000. The Engineer 
submitted a list of desirable state secondary highway and county road projects 
that are eligible for such program, from which the Commission by unanimous 
vote selected the following as a partial program for such funds: ‘3 
istimated 


County Project Kind of boris —fost _ 
PROJECTS ON STATE HIGHWAYS 


DIVISIONS 1 & 2 
Columbia Clatskanie-Mist Surfacing & 0il $30, 000 
Marion Woodburn-Molalla Grade, Surf., & Oil 20,000 
Washington Campbells Bridge-Laurel Road Grade, Surf., & Oil 25,000 


DIVISION NO. 3 
Jackson 


DIVISION NO. 4 


Little Butte Grade, Surf., & Oil §20, 000 


Crook Warm Springs (Dry Creek- 

Prineville) Grade & Surf. $20,000 
Jefferson Warm Springs (Lamonta-Pine 

Ridge School) Grade & Surf. 2 


DIVISION WO. 5 


Gilliam Wasco-Heppner (Lonerock Road- 

Sixmile Creek) Grade, Surf. & Oil $15,000 
Grant Kimberly-East 3 mi. Grade, Surf. & Oil 22,000 
Harney Frenchglen (Wrights Point) Grading 15,000 
Union Catherine Creek Bridge 10,000 


PROJECTS ON COUNTY ROADS 


DIVISIONS 1 & 2 
Benton Albany-North Grade, Surf. & Oil $20,000 
Clatsop Ft. Stevens Road Grade & Pave 20,000 
Multnomah To be selected Grade, Surf., & Oil 


DIVISION NO. 3 


Lane Veneta-Oak Hill (Route F) Grade, Surf. & Oil $62,000 


DIVISION NO. 4 
Deschutes Butler Market Road Grace, Surf. & Oil $25,000 
Sherman Wasco-Fulton Canyon Grade & Surf. 


DIVISION NO. 5 


Wallowa Enterprise-Joseph Grade, Surf. & Oii $20,000 
Wheeler John Day Highway-Kinzua Grade & Top 15,000 


Attorney General of the State of Oregon and J. M. Devers, Assistant 
Attorney General and Attorney for the State Highway Commission, be 
and they hereby are requested to commence and prosecute to a final 
determination such suit or action, or suits or actions as may be nec- 
essary and appropriate to acquire title to the said premises and all 
rights therein for the purposes herein stated. 


5. That this resolution be entered in full in the minutes 
and records of this Commission. 


The Attorney brought up for discussion the offer of Mr. Nelson Hogan, 
Reedsport, relative to the remodeling of his garage building in Reedsport, ne- 
cessitated by reason of the proposed improvement of the Umpqua Highway in that 
tom. He advised that the Right of Way Department secured two bids for the 
remodeling of Mr. Hogan's building, one of which was in the amount of $7,000 
and the other in the amount of $7,700; whereas the appraiser for the State 
Highway Department estimates that such remodeling work would cost approximate-~ 
ly $5,200, although it appears that several items were omitted at the time 
such estimate was made. He further advised that Mr. Hogan is particularly de- 
sirous of doing this remodeling work himself and will do the work at once for 
the sum of $5,500 if that is agreeable to the Commission. The Commission con~- 
sidered the offer reasonable and desirable and thereupon voted unanimously to 
accept Mr. Hogan's offer. 


The Assistant Attorney brought up for discussion the matter of ac- 
quiring a number of privately-owned lots on the Nehalem Sandspit, in Tillamook 
County. He advised that some of these omers do not reside in Oregon and have 
never seen their properties, which are desirable from the state's standpoint 
to fill out the state park at this location. He requested authority to se- 
cure the services of a commercial appraiser to set a value on the properties 
so he could advise the respective owners what the state is willing to pay for 
them. The Commission approved the request by unanimous vote subject to the 
condition that such expense do not exceed $100. 


The Commission discussed a letter and a telegram from the Redwood 
Empire Association requesting a revision in the Commission's plans for the re- 
construction of the Pacific Highway between Grants Pass and Green Creek, in 
Josephine County, particularly the arrangements for the connection between 
this highway and the Redwood Highway. The matter was referred to the Engineer 
to work out. 


The Attorney reed to the Commission a letter over the signature of 
Paul Farrens, Attorney for the Mt. Hood Stages, in which letter Mr. Farrens 
reported that Timberline Lodge, Inc. has made demand on Mt. Hood Stages for & 
portion of its ton-mile tax due under the Motor Transportation Act, for use of 
the highway between Government Camp and Timberline Lodge. Mr. Farrens stated 
further that Timberline Lodge, Inc. claims that the U. 5S. Forest Service has 
assigned to Timberline Lodge its claim to the tax. The Attorney gave as his 
opinion that the highway in controversy is @ public highway and therefore un- 
der the jurisdiction of the Commissioner of Public Utilities with respect to 


Mr. A. R. Bowman, County Judge of Crook County, was present. He 
asked the Commission to increase the amount of its allocation for construction 
of the Warm Springs Highway north of Prineville because, he said, the work 
contemplated under the present setup will not be of much value until addition- 
al work has been done. He was informed by Chairman Cabell that, due to the 
limited amount of secondary highway money available, it does not appear pos- 
sible to extend the work now contemplated, but the Commission will be pleased 
to look into the matter and will increase the allotment if it is possible to 
do 50. 


Mr. L. H. Bagley, representing the Richfield Oil Company, came be- 
fore the Commission in regard to the pending contract with the state for fur- 
nishing gasoline, oil, et cetera, during 1940. He presented arguments on be- 
half of the award of this business to the Richfield Oil Company, and urged the 
Commission to recommend to the State Board of Control the acceptance of his 
company's offer, which, he declared, was the low one submitted. This matter 
was discussed at some length but decision was deferred pending @ conference 
with Mr. Daniel Fry, State Purchasing Agent, later in the session. 


At 3:00 o'clock p. m. Chairman Cabell announced the following awards 
of contracts, bids for which were taken at the morning session, such awards 
having been previously approved by the Commission by unanimous vote: 


"Nt. Hood Rock Production Project on the Mt. Hood and Wapinitie 
Highways, in Clackamas and Wasco Counties. Furnish 15,900 cu. yds. 
crushed rock in stock piles. E. C. Hall Company, Eugene, submitted 
the low bid on this project, in the amount of $27,394.00. Weshington 
Hauling Company, Seattle, Washington, submitted the next low bid, in 
the sum of $28,812.00. There were 7 higher bidders. This contract 
is awarded to E. C. Hall Company at their low bid of 427,394.00. 


"Seaside-Necanicum Summit Rock Production Project, in Clatsop 
County. Furnish 6,000 cu. yds. crushed rock in stock piles. The low 
bid received for this project was that of Babler Bros., Portland, in 
the amount of $9,270.00. The next low bid was that of Gus Reichow, 
Forest Grove, in the amount of $9,450.00. There were 7 higher bidders. 
The Commission awards this contract to Babler Bros., at their low bid 
of $9,270.00. 


"Mountain Rest-Mt. Vernon Rock Production Project, on the 
Pendleton-John Day Highway and Beech Creek: Highway, in Grant County. 
Furnish 5,700 cu. yds. crushed rock in stock piles. IT. R. Hewett, 
Spokane, Washington, submitted the low bid on this project, in the 
amount of $10,370.00. A. S. Wallace, Roseburg, submitted the next 
low bid in the amount of $10,485.00. There were 2 higher bidders. 
The Commission rejects all bids received for this work and has or- 
dered the project readvertised. 


"Siskiyou Junction-Klamath County Line Rock Production Project, 
on the Green Springs Highway, in Jackson County. Furnish 7,600 cu. 
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(Partial program for fedcral aid secondary highway funds, continued: ) 


SUMMARY 
Estimated Costs 
a 5 eee County Roads 

Divisions 1 & 2 75,000 $ 93,000 
Division Ne. 3 20,000 62,000 
Division No. 4 40,000 37,000 

Division No. 5 
97,000 $227,000 
State-wide Planning Survey 3.000 
$200,000 $230,000 


The Engineer was authorized and instructed to forward this program to Mr. W.HL 
Lynch, District Engineer, Public Roads Administration, for federal approval. 


The Commission adjourned at 12:20 o'clock p. m and reconvened at 
2:00 o'clock p. m. in the same room, with all Commissioners, the Engineer, 
the Attorney, and the Secretary present. 


Mr. Ira Withrow , Grand Ronde, came before the Commission on behelf 
of the Miami Corporation, relative to timber strips adjacent to the Salmon 
River Highway which the Commission desires to acquire. Mr. Withrow stated 
that the corporation bus a bona fide offer for the purchase of this timber 
and that the prospective buyer has plans to start cutting the timber about 
February, 1940. He inquired whether or not the Highway Commission is still 
interested in the acquisition of this tract. He was informed by Chairman Cab- 
ell that the Commission would like to purchase the tract if it can be acquired 
at reasonable cost but considers it best to defer further negotiations pending 
disposition of the bill now before Congress, which will allow the use of fed- 
eral aid funds for purchases of this kind. He explzined that if this bill be- 
comes a law, then the Highway Comission will probably be justified in spend- 
ing some state money along with the federal funds for the purchase of this 
tract; but there is a question whether or not state funds exclusively should 
be used in view of possibilities of criticism that might be aroused thereby. 
He inquired whether the Miami Corporation would consider the postponement of 
its final decision with respect to the sale of the timber to the private pur- 
chaser until about the first of June, 1940, when the outcome of this bill will 
be know. Mr. Withroxs replied that he would do the best that he possibly 
could in that regard and promised the Commission that his company would not 
sell the property in any event without first coming before the Commission 
again to get its final decision. 


Mr. Ray Conway, Manager of the Oregon State Motor Association, was 
present and discussed with the Commission matters pertaining to the Commis- 
sion's advertising program. He presented arguments for concentrating the 
Commission's expenditures for advertising and publicity in the western states 
rather than for general advertising throughout the entire United States. The 
Commission thanked Mr. Conway for his presentation and advised him that the 
information given would be seriously considered. . 


The Attorney brought up for discussion matters pertaining to the ac- 
quisition of right of way for the proposed railroad grade se>aration project 
in the town of Nyssa, Malheur County. This matter was discussed at consicer- 
able length but action thereon was deferred pending further study. The At- 
torney was instructed to negotiate with the Amalgamated Sugar Company and 
other owners relative thereto and to secure options, if possible, without def- 
initely binding the Commission. 


Reconsideration was given by the Commission to the recommendations 
presented by the Advisory Board on Publicity Matters for carrying on the ac- 
tivities of the Travel and Information Department during 1940. «fter dis- 


cussion it was decided unanimously to adopt these recommendations anc it was 
so ordered. 


The Secretary presented a resolution from the County Court of Grant 
County, requesting the designation as a state secondary highway of the county 
road which extends from Monument to «6 connection with the Pendleton-—John Day 
Highway at Long Creek, in Grant County. The Commission approved the request 
and by unanimous vote adopted the following resolution in regard thereto: 


WHEREAS, under the provisions of Chapter 248, Laws of 1931; 
Chapter 196, Laws of 1935; and Chapter 529, Laws of 1939; the State 
Highway Commission, by mutual agreement with the respective county 
courts of the several counties of the State, is authorized and em- 
powered to select, locate, and designate a system of secondary state 
highways, which highways shall be selected from the market roads or 
other county roads, or available locations or routes of the several 
counties; and 


WHEREAS , the State Highway Commission, by mutual agreeuwent 
with the Grant County Court of the State of Oregon, has selected the 
road or highway hereinafter named, and it is the purpose of the Com- 
mission to officially and regularly designate and adopt said highway 
as a highway to constitute, together with other highways heretofore 
adopted and/or which may hereafter from time to time be added, the 
system of secondary state highways under the provisions of said acts; 


NOW, THEREFOKE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission, all members being present and affirmative- 
ly voting and participating, as follows: 


1. That the following described market road, county road, 
highway, route, or location of a highway in Grant County be and the 
said market road, county road, highway, location or route, hereby is 
selected, designated, established, adopted and approved as a second- 
ary state highway and shall be and hereby is designated as a part of 
the secondary state highway system, to wit: 


e ber ly— reek Secon hway Neo 02: 


Beginning at Monument in Grant County at the eest end 
of the present designated Kimberly—ionument Secondary State 
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yds. crushed rock in stock piles. The low bid received for this 
project was that of R. 1. Stuart & Sons, Medford, in the amount of 
$15,720.00. The next low bid was that of Saxton, Looney & Risley, 
Oak Grove, in the amount of $15,975.00. The third low and only 
other bidder was A. S. Wallace of Roseburg, with his bid of 
$17,100.00. All the bids received on this project have been re- 
jected and the Commission has ordered the project readvertised. 


"West Unit, Grants Pass-Green Creek Section of the Pacific 
Highway, in Josephine County. 2.71 miles grading and paving. 
Leonard & Slate, Multnomah, submitted the low bid for this proj~- 
ect, in the amount of $142,818.00. Berke Bros., Portland, submit- 
ted the next low bid, in the amount of $149,704.00. There were 4 
higher bidders. All bids for this project have been referred by 
the Commission to the Engineer with powerto award the contract to 
the low bidder when certain conditions have been fulfilled. 


"Qregon Slough-Columbia Slough Section of the Pacific Highway 
West, in Multnomah County. 1.03 miles peving. Edlefsen-weygandt 
Company, Portland, submitted the low bid, in the amount of 
$18,885.70 for this project. Porter W. Yett, Portland, submitted 
the next low bid, in the amount of $20,504.10. There were 2 high- 
er bidders. This contract is awarded to Edlefsen-Weygandt Company, 
the low bidders, at their bid of §18,885.70." 


Chairman Cabell also made the following announcement: "In counec- 
tion with the bids received for the Mt. Hood Rock Production Project, in 
Clackamas and Wasco Counties, a bid was received from R. 0. Dail & Warren 
Bros., Inc., which would have been the fourth low bid on this project had the 
bid been regular. However, the contractor did not enter the unit price for 
one of the items, as is required, payments to the contractors in all cases 
being made upon the basis of the unit price bid for éash item. In this par- 
ticular instance the omission doesnot affect the award of the contract but it 
is being called to the contractors' attention at this time so that repetition 
of the mistake may be avoided in the future, inasmuch as the Commission might 
find it necessary some time to disquality a low bid for this reason." 


Mr. Deniel J. Fry, Secretary of the State Board of Control and 
State Purchasing Agent, came before the Commission at 3:15 o'clock p. m. in 
regard to the bids received by the Board of Control for the furnishing of gas- 
oline and oil products to the state during the year 1940. He advised that a 
careful study of the bids received for this business reveals that of the Rich- 
field Oil Company to be low, and, in his estimation, the Board of Control will 
have no alternative but to accept the bid of this company, and that will be 
his recommendation to the Board. After discussion, Mr. Fry was informed by 
the Commission that it approves the award of this contract to the Richfield 
Oil Company on the basis of its bid with the reduction subsequently authorized 
by telegram, and the Commission will so recommend to the Board of Control. 
The Engineer was thereupon authorized and instructed by the Commission to so 
advise the Board of Control, by letter, in accordance with the customary prac- 
tice. 


North Santiam Secondary Highway No. 162 


Bridge No. Description Total Gross weieht 
162-30.10 1 - 13" timber span 


162-30.23 1 - 15' and 2 ~- 17' timber spans 
162-30.70 1 - 15" timber span 
162-31. 33 3 ~ 16" timber spans 
162-31.38 1 - 68' timber truss 
162-31. 71 3 - 11' timber spans 
162-32.91 1 - 17" timber span 


and 


WHEREAS, subsequent to the passage of said resolution the 
said above named bridges have been repaired so that it is no longer 
necessary or desirable to maintain the reduced load limits set out 
in said resolution; 


NOw, THEHEFORE, BE IT RESOLVED that the action of the 
State Highway Commission reducing the maximum permissible load lim- 
it on the following bridges, to wit: 
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Brides Now Description 
162-30.10 1 - 13! timber 


162-30.23 1 - 15' and 2 - 17! 
162-30. 70 1 - 15° timber 
162-31. 33 3 - 16" timber 
162-31.38 1 - 68 timber 
162-31. 71 3 - 11' timber 
162-32.91 1 - 17" timber 


AX2AAa0 00 


be and the same hereby is rescinded and vacated as of this date, and 
the maximum load limit permissible on the said bridges shall here- 
after be the maximum load limit provided by law. 


IT IS FURTHER OKDERED that a certified copy of this resolu- 
tion be furnished the County Clerk of Marion County in which county 
said bridges are located; and that a certified copy of this resolu- 
tion be furnished to the Superintendent of the Department of State Po- 
lice for his information. 


The Engineer also reported the award of the following con- 
tracts, bids for which were previously referred to him by the Commission with 
authority.to award the contracts to the low bidders in each instance when cer- 
tain conditions had been fulfilled: 


Grading the State Farm-Adams Section of the Oregon-Washington High- 
way, in Umatilla County. Bids taken September 1, 1939, contract 
awarded September 29, 1939, to Roy L. Houck, the low bidder. 
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erg 402; thence os easterly direction through 
Hamil Long Creek Pendleton-John Highway, 
a distance of caoneninatnaien 21.4 miles. ee 1 


2. That the said shall be and hereby is qualified 
roi taeeee . under es “e ions of said Chapter 248, eum Laws 
31; Chapter 196, Laws of 1935; and Chapter : 
aeieonin ?. 5 pter 529, Laws of 1939; and 


The Engineer requested authority to purchase the following 


1 3/8-yd. shovel for use on Wilson River W.P.A. project. 
Old shovel to be traded in as part purchase price - esti- 
mated cash outlay $7,000 

pump, 450 gal. per minute capacity, and 250 lineal feet 
of pipe, for use in connection with Wolf Creek Highway 
W.P.A. work - estimated total cost $700 

electric headlamp testers - estimated total cost $720 
tension wrenches for cylinder heads - estimated cost $40 
hydraulic brake drum gauge - cost $90 

bench grinder - cost $30 

cylinder boring bars - cost $830 

3-H.P., 220-volt, 60-cycle head electric motor and 1 re- 
versing switch - estimated cost $95 

No. 5 Dumore highspeed tool post grinder - cost $50 
7~passenger 1939 automobile for use of the State Highway 
Commission - 1 Old 7-passenger Buick to be traded in as 
part purchase price thereon. Estimated cash outlay $1,000 
1 accounting machine - estimated cost $1,100 


w 
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After careful consideration the Commission approved the request by unani- 
mous vote. 


The Engineer reported that the bridges on the North Santiam Second- 
ary Highway, which bridges have for some time past been posted for maximum 
loads of 10,000 pounds, have been repaired so that they will now carry legel 
weight loads. He recommended, in view thereof, the lifting of the reduced 
load limits. The Commission approved the recommendation and by unanimous vote 
adopted the following resolution in regard thereto: 


WHEREAS, on the 8th day of July, 1937, at a meeting of the 
Oregon State Highway Commission, all members being present and par- 
ticipeting, the Commission passed and auopted a resolution ordering 
a reduction of the maximum permissible load limit on the following 
secondary state highway bridges, to wit: 


(Listed on following page) 


tion of an office building and an addition to the existing maintenance head- 
quarters building at Medford, which would be used not only by state highway 
department forces but also as office quarters for the local state police offi- 
cers. He explained that the arrangement for the use of the Medford building 
by the Police Department would be on the condition that the Police Department 
pay for its own heat, light, and janitor service and also pay the Highway De- 
partment $50 per month rental, which, he estimated, would amortiue the cost 
of the building in about 10 years. After discussion the Commission approved 
the construction of such buildings, subject to the condition that the Deyart- 
ment of State Police agree, in writing, to the arrangement made for the use of 
the building. 


The Engineer then brought up for discussion the necessity to con- 
struct additional maintenance headquarters buildings throughout the state, 
particularly in locations where suitable tuildings cannot be rented. He men- 
tioned the following: (1) Blue Mountain Summit maintenance station on the 
1.0.N. Highway, in Malheur County, estimated cost $21,800; (2) Princeton 
maintenance station on the Princeton-Rome Secondary Highway, in Harney County, 
estimated cost $21,800; (3) Cascade Pass maintenance station on the Willam- 
ette Highway, in Klamath County, estimated cost $27,500; (4) Seneca mainten- 
ance station on the John Day-Burns Highway, in Grant County, estimated cost 
$19,500; (5) Condon maintenance station on the John Day Highway, in Gilliam 
County, estimated cos* (11,300; (6) Madras maintenance building on The Dalles- 
California Highway, in Jefferson Cowmty, estimated cost $11,000; (7) Newport 
maintenance building on the Oregon Coast Highwey, in Lincoln County, estimated 
cost $10,000. 


He advised that the maintenance buildings at Cascade Summit, on the 
Willamette Highway, and at Blue Mountain Summit, on the I.0.N. Highway, are 
the two most needed, and requested authority to take bids for the construction 
of these two buildings during 1940. The Commission approved the request by 
unanimous vote and ordered that provision be made for the same in the 1940 
budget. It was also decided to give further consideration to the budgeting 
of additional funds in 1940 for the construction of the buildings at the other 
locations mentioned by the Engineer. 


The Commission had under discussion the matter of advancing addition- 
al state funds to finance non-labor items in connection with the Wolf Creek 
Highway W.P.A. project during the month of November, 1939. The Engineer ad- 
vised that if this work is to proceed as in the past, the state will have to 
advance about $4,200 for such items during the month of November and a like 
amount during December. He recommended such payments so that this work will 
not have to close dom. After discussion the Commission approved the recom- 
mendation by unanimous vote, subject to the condition that the December pay- 
ment be not made until it is actually needed in that month. 


The Commission considered the request from the Attorney for instruc- 
tions as to what account number should be charged with the cost of printing 
the new Oregon Road Laws, which expense was heretofore authorized by the Com- 
mission and amounted to approximately $300, it being the Attorney's thought 
that the entire expense should not be charged to the Legal Department. The 
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Remodel east approach to bridge over Willamette River at Oregon 
City, Clackamas County. Bids taken September 28, 1939, contract 
awarded October 4, 1939, to McNutt Bros., the low bidders. 


Gere 


Construct bridge over Lang Canyon on the Columbia River Highway, 

5 miles west of Arlington, Gilliam County. Bids taken September 1, 
1939, contract awarded October 28, 1939, to Denton & Young, low 
bidders. 


Construct Lang Canyon-Arlington Section of the Columbia River High- 
way, in Gilliam County. Bids taken September 28, 1939, contract 
awarded October 28, 1939, to Leonard & Slate, the low bidders. 


The Commission approved the awards as reported, by unanimous vote. 


The Secretary reported on the bid received by the Commission on Sep- 
tember 28, 1939, from H. C. McCurdy, Dee, Oregon, for the purchase of an aban- 
doned state-owned gravel pit situate adjacent to the Hood River Secondary 
Highway, near Dee, in Hood River County. He advised that he interrogated Mr. 
McCurdy as instructed by the Commission and ascertained that in submitting 
his bid Mr. McCurdy intended to offer the sum of $250.00 for this land, hav- 
ing furnished a bid deposit in the amount of $50, or 20 per cent of the bid 
price, as required, although he neglected to state the full amount of his bid. 
In view of the explanation, the Commission decided unanimously to sell this 
land to Mr. McCurdy for the sum of $250.00, and so ordered. 


The Engineer submitted a plan for equalizing the mileage of state 
highways in each of the maintenance districts in Division No. 5, Eastern Ore- 
gon, thereby making for efficiency in maintenance supervision in this division. 
He explained that under the present setup Division No. 5 is divided into four 
districts, with headquarters at Pendleton, La Grande, Baker, and Burns, and 
that the mileage of highway varies in each district from a total of 377.43 in 
the La Grande district to 665.97 in the Burns district. Further, that the 
district maintenance superintendent operating out of La Grande has to travel 
110.48 miles to reach the limit of his district as compared with 264 miles for 
the district maintenance superintendent operating out of Baker. By the new 
arrangement, he said, the total mileage in each district will be nearly equal 
as will also the distance to be traveled by the respective maintenance super- 
intendents to the extremities of their districts, although it will necessitate 
establishing an additional district maintenance headquarters in the town of 
John Day. After considerable discussion the Commission approved the new ar- 
rangement by unanimous vote. 


In this connection the Ingineer pointed out that under the new set- 
up it wili be necessary to construct a maintenance headquarters building at 
John Day for use of the district maintenance superintendent to be located at 
such place. He estimated the cost of such building at $3,300.00, and recom- 
mended the expenditure. The Commission approved the recommendation unani~ 
mously. 

He also recommended an expenditure of $11,000.00 for the construc- 


California Highway, and recommended that authority be granted him to make a 


rn as requested by the Grange. The Commission approved the recommenda- 
on. 


A letter was presented from the Harrisburg Chamber of Commerce re- 
questing permission to plant trees along the state highway route through the 
town of Harrisburg, as a beautification project; also requesting assistance 
from the State Highway Cowmission in such undertaking. The Engineer advised 
that he had the Landscape Engineer investigate this matter and it is his rec- 
ommendation that the permission requested be granted provided the trees to be 
planted are suitable shade trees selected by the State Highway Department. 

He also suggested that the Commission cooperate with the City of Harrisburg 
in this undertaking by donating to the cause 35 shade trees now stored in the 
Highway Department's nursery near Portland. After discussion the Commission 


approved the recommendation and referred the j - 
pn tg ati matter to the Engineer for fur 


The Engineer reported on the condition of the Tiller-Trail Secona- 
ary Highway, in Douglas County, and suggested certain work to improve the 
same. The matter was discussed briefly by the Commission but action thereon 
was deferred until the special meeting of the Commission in about 2 weeks. 


The Engineer reported that, in accordance with authority previously 
granted him by the Commission, he has ordered certain surveys since the last 
meeting. He submitted a list of such surveys and asked the Commission to &p- 
prove them. After due consideration, the Commission by unanimous vote au- 
thorized and instructed the Engineer to make such surveys on various sections 


of the highways of this state, which said sections of highways, together with 
their identifying location survey numbers and the amounts authorized and al- 
located for such survey expenditures, are as follows: 


Plans - - 2-2819 - Mary's River Bridge-airport Section, Pacific High- 
way West. lst authorization - $840.00 

Plans --- 4-2829 - Gearhart-Seaside Section, Oregon Coast Highway, 
Clatsop County lst authorization - $200.00 

Right of Way 4-2830 - Warren-Hug Point Section, Oregon Coest Highway, 
Clatsop County. lst authorization - $25.00 

Plans - - - - 209-2805 - Butler Market Road Section, County Hoac, Deschutes 
County 2nd authorization — $455.00 
Total to date $1,075.00 

Plans - - 18-2834 - Lapine-wW. Forest Boundary Section, Fremont Highway, 
Klamath County 2nd authorization - $540.00 
Total to date $1,500.00 

Location - 116-2808 - Madras-Cook County Line Section, Warm Springs High- 
way, Jefferson Co. ist authorization - $9,600.00 

Test Pits - 17-2811 - Sexton Mountein Section, Pacific Highway, Josephine 
County. lst authorization - $600.00 

Right of Way 18-2838 - Olene-Dairy Section, Klamath Falls-Lakeview Highway, 
Klamath County. lst authorization - $350.00 

Plans --- 18-2839 - Dairy Overcrossing Secvion, Klamath Falls—Lakeview 
Highway, Klamath Co.lst authorization - $500.00 
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Commission decided that this expense should be charged to the general adminis- 
tration account. 


The Secretary presented letters from lir. Palmer Hoyt, Publisher of 
the Oregonian, and W. D. B. Dodson, Executive Vice President, Portland Cham- 
ber of Commerce, accepting appointments on the Highway Commission's Advisory 


yo on Publicity Matters. They were approved by the Commission and ordered 
‘iled. . 


A letter was presented from Mr. Lacey V. Murrow, Director of High- 
ways, State of Washington, advising that the State of Washington had plans to 
construct the Washington Section of the Walla Walla-Milton Road (Oregon- 
Washington Highway) in 1940, funds having been budgeted for the zame; but, 
since the State of Oregon will not be in a position to construct tlie Oregon 
Section simulteneously, they have decided to defer the Washington improvement 
until Oregon is able to meet it at the state line. The Commission approved 
such arrangement. 


The Commission had under discussion a letter from the Junction City 
Lions Club inquiring as to when the Commission plans to discuss further with 
the cities of Lane County the improvement of the Siuslaw Highway over the sun- 
mit of the Coast Range, and suggesting that such meeting be held in Junction 
City. The Commission decided to hold such meeting in Junction City within 
the next couple of weeks, a definite date to be set later. (The Commission 
subsequently set Monday evening, November 20, 1939, as the date for such hear- 
ing and also decided to hold e special meeting in the office of the State 
Highway Engineer on Monday and Tuesday, November 20 and 21, for disposal of 
accumulated routine matters.) 


A letter was presented from the City Planning Commission, Junction 
City, inquiring at to the attitude of the State Highway Commission with re- 
spect to the establishment of a business zone along the state highway route 
through Junction City. The Commission decided to discuss this matter with 
the City Planning Commission at the time of the hearing in Junction City. 


Letters were presented from the Sisters Chamber of Commerce, Toledo 
Lions Club, Lebanon Lions Club, and the East Linn Ski Club, Lebanon, urging 
snow removal operations on the South Santiam Highway, particularly this win- 
ter, so as to permit travel over this highway during the winter season. The 
Commission considered it inadvisable to spend any money for snow removal on 
this road this year on account of the fact that the new grade has just been 
completed and no surfacing work has been placed thereon and it is unlikely 
that the road would be suitable for travel even if the snow were removed. 
Accordingly, the request was denied. 


A resolution was presented from Shasta View Grange, Klamath Falls, 
requesting a thorough study of traffic lanes entering Klamath Falls, especial- 
ly from the north and south, with a view either to diverting traffic to new 
lanes of travel or to increasing the width of the present highways to 4 lanes. 
The Engineer advised that such survey would be advisable, particularly in view 
of the conditions obtaining along South Sixth Street, the route of The Dalles- 


this contract was awarded June 15, 1938, and that the contractor 
started construction operations on June 21, 1938, and completed the 
grading and surfacing work December 1, 1938. He pointed out that 
the contract specified that the oiling work should not be started 
before June 1, 1939, and, as a matter of fact, due to bad weather 
conditions, such work was not started until June 26, but was com- 
pleted on July 8 when all work in connection with the contract was 
finished with the exception of the installation of fog posts, which 
work was finished on August 11, 1939. It was his thought that the 
contractor should not be penalized for the 8 days' overtime that 
were required to complete the oiling work, in view of the fact that 
the delay was caused by conditions beyond his control. However, 

he should be charged with extra engineering expense incurred by the 
state subsequent to the completion of the oiling work, and he so rec- 
ommended. A letter was presented from W. H. Lynch, District Ingi- 
neer, Public Roads Administration, concurring therein. The Commis- 
sion approved the recommendation unanimously. 


A. C. Greenwood, Inc., Contract No. 2098, for grading the Arch 
Cape-Beach Creek Section of the Oregon Coast Highway, in Clatsop and 
Tillamook Counties, requested an extension of time from October 31, 
1939, to august 15, 1940, within which to complete this project. 
They alleged it is impossible to move earth and wet material such 
as exists on this section, at this time of the year, and indications 
are that it will take about 60 working days to complete the job dur- 
ing the season when such materials can be moved at reasonable cost 
and to the best advantage of the job, which would set the time for 
such completion as August 15, 1940. The Ingineer advised that the 
reasons given by the contractor for failure to complete the project 
within the specified time limit are substantially correct. He rec- 
ommended, in view thereof, that the extension of time now requested 
be granted subject to the condition that the contractor be charged 
for the extra engineering expense incurred by the state in connec- 
tion with this job subsequent to the specified date of completion, 
except that he should not be penalized for moving materials over and 
above the quantity specified in the contract. A letter was present- 
ed from the Public Roads Administration concurring therein. The Com- 
mission approved the recommendation unanimously. 


C. J. Montag & Sons, Cortract No. 2128, for the construction of 
a bridge over the Umpqua River on the Pacific Highway, in Douglas 
County, requested an extension of time of 2 months, from Seatember 4 
to November 4, 1939, within which to complete this project. They 
attributed their failure to complete the project within the specified 
time limit to high water conditions in the Umpqua River which pre- 
vented the moving of the old bridge structure to a new location for 
use as a traffic detour pending completion of the new structure, un 
til the high water had receded. The Engineer advised that the reason 
given by the contractor for failure to complete the project within 
the specified time limit is substantially correct. He also advised 
that the construction work on the bridge was far enough advanced to 
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Plans - - - 20-2841 - Dexter-Dural Creek Section, Willamette Highway, Lane 
County. lst authorization - $300.00 
Plans --- 20-2818 - Cottage Grove Section, Pacific Highway, Lane County 


5th authorization - $240.00 
Total to date $3,000.00 
Right of Way - 21~2830 - Boyer-Rose Lodge Section, Salmon River Highway, Lin- 
coln County. 2nd authorization - $700.00 
Total to date $1,700.00 
Right of Way - 21-3835 - Seal Rock Quarry, Oregon Coast Highway, Lincoln Co. 
lst authorization - $75.00 
Recomm. - - 23-2816 - Baker County Line-Ontario Section, Old Oregon Trail, 
Malheur County. 
2nd authorization = $1,000.00 
Total to date $2,000.00 
Park - - -- 35-2810 - Painted Hills Section, County Road, Wheeler County 
lst authorization - $200.00 


The Commission had under consideration the following requests for ex- 
tensions of time within which to complete highway construction projects: 


R. I. Stuart & Sons, contract No. 2007, for furnishing crushed 
rock in stock piles for the Diamond Lake Section of the West Dia- 
mond Lake Secondary Highway and the Crater Lake North Secondary 
Highway, in Douglas and Jackson Counties, requested an additional 
extension of time, from July 18 to August 26, 1939, within which 
to complete this project. They gave no reason for their failure 
to complete the project within the previously extended time limit. 
The Engineer advised that this contract was awarded on September 
14, 1937, and that the date of completion specified in the contract 
was October 31, 1938. However, the contractor failed to complete 
the work within such period and the time limit was extended by the 
Commission to July 18, 1939, as it was thought the work would sure- 
ly be completed by that time, but it was not completed until August 
26, 1939. He further advised that he knows of no valid reason that 
can be given by the contractor for failure to complete the project 
within the time limit specified in the contract and accordingly rec- 
ommended that the extension of time now requested be granted but 
that the contractor be required to reimburse the state for the ex- 
tra engineering expense incurred subsequent to the specified date 
of + gy oe The Commission approved the recommendation unani- 
mous. . 
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Berke Bros., Inc., contract No. 2085, for grading, surfacing, 
and oiling the Coquille-Clausen Section of the Oregon Coast Highway, 
in Coos County, requested an extension of time to August ll, 1939, 
within which to complete this project. They attributed their fail- 
ure to complete the project within the specified time limit to ad- 
verse weather conditions which did not permit the construction of 
the oiled surface, and also their inability to secure the proper 
kind of paint for painting the fog posts. The Mgineer advised that 


requested be granted without penalty. A letter was precented from 
the Public Roads Administration concurring therein. The Commission 
approved the recommendation unanimously. 


J. F. Johnston, Contract No. 2183, for construction of a bridge 
over Sheep Creek, on the Santiam Highway, near Cascadia, in Linn 
County, requested an extension of time of 22 days, from August 31 
to September 22, 1939, within which to complete this job. He at- 
tributed his failure to complete the project within the specified 
time limit to increased quantities of material to be moved and his 
inability to remove a slide from the bridge site on account of late 
rains and muddy conditions. The Mngineer advised that the contract 
called for the removal of 7,000 cu. yds. of slide material but the 
contractor was actually required to remove more than 20,000 cu.yds. 
of such material, which accounted for the fact that the job was not 
completed within the specified time limit. He recommended, in view 
thereof, that the extension of time requested be granted without 
penalty. The Commission approved the recommendation unanimously. 


S. 8S. Montague, Contract No. 21&, for grading, surfacing, and 
oiling the Read Creek-Wren Section of the Kings Valley Secondary 
Highway, in Benton County, requested an extension of time from Sep- 
tember 30, 1939, to July 1, 1940, within which to complete this job. 
He attributed his failure to complete the project within the speci- 
fied time limit to difficulties encountered in securing a suitable 
quarry. He advised that suitable rock from the quarry now being op- 
erated has been exhausted, and, while sufficient material has been 
obtained therefrom to provide a satisfactory roadway for the trav- 
eling public, it will be necessary to move the crushing plant to a 
new location in order to obtain rock to fulfill the contract. It 
was his thought that it would require 90 days' time during 4 period 
when weather conditions are favorable, or until about July 1, 1%O, 
to complete the project. The Engineer gave as his thought that it 
would not be necessary for Mr. Montague to move his plant in order 
to obtain suitable taterials to finish this job, but, due to the 
fact that it took all of the month of October to complete the sur- 
facing, it will be necessary to defer the oiling work until suit- 
able weather conditions prevail, next spring or summer. He further 
stated that this contract was awarded on May 26, 1939, with a speci- 
fied date of completion of September 30, 1939, which, in his estima- 
tion, was sufficient time within which to complete the job if the 
work had been carried on in the proper manner. He recommended that 
the extension of time now requested be granted but that the contrac- 
tor be charged with the extra engineering expense incurred by the 
state subsequent to the specified date of completion. A letter was 
presented from the Public Roads Administration concurring therein. 
The Commission approved the recommendation unanimously. 


Pacific Bridge Painting Company, Contract No. 2191, for paint- 
ing the bridge over the Columbia River between Portland, Oregon, and 


Vancouver, Washington, on the Pacific Highway, requested an extension 
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permit the opening of the structure for traffic use on September 18, 
1939, and that the bridge has been in constant use by the traveling 
public since that time. He recommended, in view of the circumstanc- 
es, that the extension of time now requested be granted without pen- 
alty. The Commission approved the recommendation unanimously. 


Fisher Bros., Contract No. 2164, for grading, surfacing, and 
oiling the Eagle Creek-Wade Corner Section of the Ee e Creek-Firwood 
County Road, in Clackamas County, requested an extension of time from 
September 30, 1939, to July 1, 1940, within which to complete this 
contract. They attributed their failure to complete the project 
within the specified time limit to inclement weather, which inter- 
fered with the oiling work. The Engineer advised that this contract 
was awarded April 6, 1939, and provided that the work should be com- 
pleted by September 30, 1939, which was considered ample time. How- 
ever, Fisher Bros. were working on another contract and did not 
start the production of crushed rock for the contract under discus- 
sion until September 11, too late to complete the oiling work this 
season. He further stated that if the contractor had started work 
reasonably soon after the award of the contract he could have com- 
pleted the job within the specified time limit. He recommended, in 
view of the circumstances, that the extension of time now requested 
be granted subject to the condition that the contractor be churged for 
the extra engineering expense incurred by the state subsequent to 
the specified completion date. A letter was presented from the Pub- 
lic Roads Administration concurring therein. The Commission approved 
the recommendation unanimously. 


Rogers Construction Company, Contract No. 2173, for the grad- 
ing, surfacing, and oiling of the Scotch Creek-Castor Ranch Section 
of the Hurricane Creek County Road, in Wallowa County, requested an 
extension of time of 3 days, from September 15 to September 18,1939, 
within which to complete this job. They attributed their failure 
to complete the project within the specified time limit to adverse 
weather conditions. The Mngineer advised that the reason given by 
the contractor for overrun in time limit is correct and accordingly 
recommended that the extension of time requested be granted without 
penalty. A letter was presented from the Public Roads Administra- 
tion concurring therein. The Commission approved the recommendation 
unanimously. 


Leonard & Slate, Contract No. 2181, for grading, surfacing, and 
oiling, and also construction of a bridge on the Service Creek~Mule 
Shoe Creek Section of the John Day Highway, in Wheeler County, re- 
quested an extension of time of 10 days, from August 31 to September 
10, 1939, within which to complete this job. They attributed their 
failure to complete the project within the specified time limit to 
rainy weather, which did not permit the accomplishment of the oiling 
work required. The Engineer advised that the reason given by the 
contractor for failure to complete the project within the specified 
time limit is correct and recommended that the extension of time 


Contract No. 2085, with Berke Bros., Inc., for grad- 
ing, surfacing, and oiling the Coquille-Clausen Section 
of the Oregon Coast Highway, in Coos County. Completed 
August 11, 1939. 


Contract No. 2118, with Harold Blake, for grading the 
North Unit, Bear Canyon-State Line Section of the Pacific 
Highway, in Jackson County. Completed September 30, 1939. 


Contract No, 2128, with C. J. Montag & Sons, for con- 
struction of bridge and approaches on the Umpqua River 
Bridge Section of the Pacific Highway, in Douglas County. 
Completed October 21, 1939. 


Contract No. 2139, with Harold Blake, for grading end 
culvert construction on the South Unit, Bear Canyon-State 
Line Section of the Pacific Highway, in Jackson County. 
Completed September 30, 1939. 


Contract No. 2141, with J. C. Compton and Rogers Con- 
struction Company, for grading, surfacing, and oiling, al- 
so furnishing crushed rock in stock piles, on the Devils 
Garden-Quartz Mountain Section of the Klamath Falls-Lakeview 
Highway, in Klamath and Lake Counties. Completed September 
1, 1939. 


Contract No. 2173, with Rogers Construction Company, 
for grading, surfacing, and oiling, also furnishing crushed 
tock in stock piles, on the Scotch Creek-Castor Ranch Sec- 
tion of the Hurricane Creek County Road, in Wallowa County. 
Completed September 18, 1939. 


Contract No. 2181, with Leonard & Slate, for grading, 
surfacing, and oiling, also construction of concrete bridge 
on the Service Creek-Mule Shoe Creek Section of the John 
Day Highway, in Wheeler County. Completed September 7,1939. 


Contract No. 2183, with J. F. Johnston, for construc- 
tion of log span with trestle approach on the Lamb Creek- 
Sheep Ridge Section of the Santiam Highway, in Linn County. 
Completed September 22, 1939. 


Contract No. 2186, with Edlefsen-weygandt Company, for 
construction of three bridges and one culvert and exten- 
sions to seven culverts on the Dean Creek-Prairie City Sec- 
tion of the John Day Highway, in Grant County. Completed 
October 30, 1939. 


Contract No. 2191, with Pacific Bridge Painting Com- 
peny, for cleaning and repainting structural steel on the 
Interstate Bridge over the Columbia River between Portland, 
Oregon, and Vancouver, Washington. Completed October 6, 939. 


plete project within the specified time limit was due to the 
fact were ed to do extra painting work and could not 
week ending September 30 because of rain. The In- 

ed that the reasons given by the contractor for failure 
to complete the project within the specified time limit are correct. 
He recommended, in view thereof, that the extension of time now re- 
quested be granted without penalty. The Commission approved the rec- 
ommendation unanimously. 


Nesport Construction Company, Contract No. 2196, for grading, 
surfacing, and oiling the Provolt-Williams Section of the Williams 
Secondary Highway, in Josephine County, requested an extension of 
time of 15 days, from September 30 to October 15, 1939, within which 
to complete this job. They attributed their failure to complete the 
project within the specified time limit to failure of the power and 
telephone companies to remove their poles from the area to be graded, 
lack of right of way, and absence of engineering stakes. The Engi- 
neer advised that this contract was awarded on June 22, 1939, and 
that the contractor started construction operations on June 29, 1939, 
and from that date carried on the work in a vigorous manner without 
in . He also advised that the contractor was prevented from 
working at one end of the project because of fences and pole lines 
that had to be moved. Most of the work performed after the date of 
completion specified, he said, consisted of cleaning ditches and pro- 
duction of materials for stock piles. He recommended, in view there- 
of, that the extension of time now requested be granted without pen- 
alty. A letter was presented from the Public Roads Administration 
concurring therein. The Commission approved the recommendation unani- 


mously. 


The Engineer reported that Contracts Nos. 2007, 2085, 2118, 2128, 
2139, 2141, 2173, 2181, 2183, 2186, 2191, 2196, 2198, and 2199, for the con- 
struction of state highway projects, have been completed according to the re- 
quirements of the contracts or modifications thereof, and that said jobs are 
now ready for acceptance. The following resolution accepting the above proj- 
ects was offered and was adopted by the unanimous vote of the Commission: 


WHEREAS, the Engineer has reported that the following State 
Highway Commission contracts for the construction of state highway 
projects have been completed according to the terms and provisions 
of the contracts and said jobs are now ready for acceptance: 


Contract No. 2007, with R. I. Stuart & Sons, for 
furnishing crushed rock in stock piles on the Diamond 
Lake Section of the West Diamond Lake and Crater Lake 
North Secondary Highways, in Douglas and Jackson Coun- 
ties. Completed August 26, 1939. 


Agreement with Mary Z. E. Conder providing for the elimination 
of a cattle pass at Mile Post 0.10 on the Little Nestucce Secondary 
Highway, in Tillamook County. 


Agreement with McNutt Bros. disposing of their claim for extra 
compensation arising out of their contract No. 2126 for the con- 
struction of the Ochoco Dam-Marks Creek Section of the Ochoco High- 
way, in Crook County. : 


Agreement with Coos County providing for state cooperation to 
the extent of $150.00 in acquiring right of way from J. P. Johnson 
on the Coquille—Clausen Section of the Oregon Coast Highway, in 
Coos County. 


Agreement with C. J. Montag & Sons pertaining to their con- 
tract No. 2128 for the construction of a bridge over the Umpqua 
River on the Pacific Highway, near Roseburg, in Douglas County. 


Agreement with the United States of America, Works Progress 
Administration, providing for the advancement of state funcs to fi- 
nance non-labor items in connection with the Wolf Creek Highway 
W.P.A. Project during the month of November, 1959. 


Agreement with Mountain States Power Company covering construc 
tion and maintenance of a culvert across the power comjgany's Santiam 
Canal on the South Unit of the Albany Section of the Pacific Highway 
East, in Linn County. 


Agreement with John Hewitt covering maintenance of a logging 
road across the Salmon River timber reserve adjacent to the Salmon 
River Highway, in Tillamook County. 


Bargain and Sale Deed conveying unto Tigard Methodist Episcopal 
Church two parcels of land in Washington County, one containing 
20,000 sq.ft. and the other 0.017 acre, being Right of Way Transac- 
tions Nos. 7005, 7012, and 7013. 


Bargain and Sale Deed conveying unto H. C. McCurdy 3.83 acres 
of land situate adjacent to the Hood River Secondary Highway, in 
Hood River County, being Right of Way Transaction No. 3462. 


Bargain and Sale Deed conveying unto C. H. Pfaffle and wife 
0.013 acre of land situate in Washington County, being Right of Wey 
Transactions Nos. 6940 and 6999. 


Bev-gain and Sele Deed conveying unto Max Brown and Inez Brown, 
hustand and wife, 0.05 acre of land situate in Lot 17 of Section 5, 
T. 11 S., R. 3W., We Me, Waverly Fruit Farms, in Linn County. 


Easement agreement with Eugene Thorndike, et al, parties of the 
second part, providing for a detour road over property of the 


Contract No. 2196, with Newport Construction Company, 
for grading, surfacing, and oiling, also 
crushed gravel ia stock piles, on the Provolt-Williams 
Section of the Williams Secondary Highway, in Josephine 
County. Completed October 5, 1939. 


Contract No. 2198, with Warren Northwest, Inc., for 
grading, paving, and pavement widening end resurfacing on 
the Salem-Middle Grove Section of the Pacific Highway East 
and Silverton County Road, in Marion County. Completed 
September 26, 1939. 


Contract No. 2199, with Warren Northwest, Inc., for 
grading, paving, and pavement widening and resurfacing on 
the Wheatland Junction-Salem Section of the North River 
Road, in Marion County. Completed September 26, 1939. 


THEREFORE, BE IT RESOLVED, that the work covered by said 
state highway contracts for the construction of said state highway 
projects be declared completed according to the terms of the re- 
spective contracts, and said jobs are hereby accepted and final pay- 
ment in connection with each is hereby authorized. 


The Commission discussed the setting of a date for its regular meet- 
ing in January 1940, and decided to hold such meeting in Portland on Thursday 
and Friday, January 11 and 12. The Secretary was instructed to make the usu- 
al arrangements for the use of the auditorium of the Public Service Building 
for such meeting. 
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The Commission considered and signed agreements, et cetera, as fol- 
lows: 


Agreement with Western Union Telegraph Company providing for 
the use of Western Union poles in connection with operation of re- 
mote radio receiver at Salen. 


Agreement with City of Nyssa covering revisions to municipal- 
ly-owned water system at site of Nyssa overcrossing. 


Supplemental agreement with 0.W.R.R.& N. Company, Union Pacif- 
ic Railroad Company, and Baker County, with reference to revised 
easement across railroad station grounds at Haines. 


Agreement with the Pacific Telephone and Telegraph Company pro~ 
viding for the use of a telephone pole at Fairgrounds Road and Myr- 
tle Avenue, Salem, in connection with the installation and mainten- 
ance of a traffic signal near this location. 


Agreement with B. Mildenhall end wife, Canby, Oregon, with re- 
spect to the construction of an entrance driveway into the Milden- 
hall Service Station property at Canby. 
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Salem, Oregon, November 20, 1939 


The State Highway Commission met in special session at 10:30 o'clock 
a. m. in the office of the State Highway Engineer, Room 325, State office 
Building. Present were: 


Henry F. Cabell, Chairman 
E. B. Aldrich, Commissioner 

Huron Wi. Clough, Commissioner 

R. H. Baldock, State Highway Engineer 
J. W. DeSouza, Assistant Attorney 

H. B. Glaisyer, Secretary 


The Assistant Attorney reported on the status of the 1939 right of 
way budget. He advised that present indications are that the expenditures 
during this calendar year will be less than the amount of the budget by ap- 
proximately $50,000. The matter was discussed briefly but no action teken 
thereon. 


The Assistant Attorney requested authority to acquire certain par- 
cels of real property that are needed for various highway improvements 
throughout the state. He submitted a list of such properties, together with 
the prices that he recommended be paid for each. After careful consideration 
the Commission approved the request and by unanimous vote adopted the follow- 
ing resolution in regard thereto: 


WHEREAS, in connection with the further improvement of 
the highways hereinafter designated, it is and has been necessary 
to acquire property for right of way, quarry sites, gravel or other 
material sites, or sites for the storage of materials, as herein- 
after more definitely set forth, and 


WHEREAS, as a result of negotiations carried on with the 
owners of the property required, options have been obtained, which 
options have been considered by the Commission, outlining the bases 
of settlement which have been agreed upon, end 


WHEREAS, it is the judgment of the Commission that the 
said options should be approved and accepted, end/or the said re- 
ports be declared acceptable to the State Highway Commission as 
bases of settlement for the properties involved, and that the ac- 
quisition of the properties should be completed: 


NOH, THEREFORE, BE IT RESOLVED that the several offers, or 
bases of settlement hereinafter enumerated be, and the same hereby 
are, approved and accepted, and that the Attorney for the State 
Highway Commission be, and he hereby is instructed to complete 
the acquisition of the said properties and to take title thereto 
in the name of the State of Oregon. The said properties hereby 
ordered end authorized to be acquired are as follows: 
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parties of the second part during construction of the Eagle Point- 
Trail Section of the Crater Lake Highway, in Jackson County, Right 
of Way Transaction No. 7228. 


Easement agreement with Jesse Glen White end wife, parties of 
the second part, providing for a detour road across properties of 
the second part during construction of the Newberg-McMinnville Sec- 
tion of the Pacific Highway West, in Yamhill County, Right of Way 
Transaction No. 7125. 


and Sale Deed conveying unto Henry Reese and Max and 
Charlotte Schlag Lots 8, 9, 10, and 11, Block 7, Bunker Hill addi- 
tion to Marshfield, being Right of Way Transaction No. 4773. 


Bargain and Sale Deed conveying unto H. M. Featherstone and 
Pearl E. Featherstone 1.5 acres of land situate in the S.E.} of Sec. 
22, T18S., R. 45 £., W. M., Malheur County, being Right of Way 
Transaction No. 7234. 


There being no further business to come before the Commission at 
this time, the meeting was adjourned at 5:15 o'clock p. m. 


Cc 
/ VE Ane Pet (A ttl ‘ 
State Highway Engineer Commissioner 


: oo Le ‘ Arh Wt? C { aw £4 
Secretary Commissioner 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Cottage Grove Section — Pec es 
5654-Beilder, Chas. A. and 8975 sq.ft. $1500 Lump Sum Benson 


Roy E. Short 
5693-First Free Methodist " 7065 sq.ft. $4200 Lump Sum " 
Church, Cottage Grove 
5689-Geroutte, G. Frank e 4174 sq.ft. 5¢ sq.ft. plus $1305.50" 
(Correction) 
5638-Weeldreyer, H. H. Cancellation of lease on property 


acquired for R/W purposes $75.00 " 


G e ~- Pacific Wi 
7513-Shields, H. Don 2200 sq.ft. #.0a;**- plus McCallister 
7289-McConnell, S. A. " 1008 sq.ft. 2¢ sq. ft. " 


(H. A. Abbott) 
7185-Berger, Fred VW. amd H. A. " 11,321 sq.ft. 5¢ sq.ft. plus $50, 


Guertler (Correction) plus moving bldgs., 
low bid $250.00 ad 
7091-A. Drolette, J. A. " 15,496 sq.ft. 11¢ sq.ft.,plus $195.44, 
(Correction) plus moving bldgs., 
; low bid $675.00 n 
17,-Guertler, H. A. " 8570 sq.ft. 5é sqeft., plus $71.50 
(Correction) plus moving buildings 
(low bid $820.00) " 
7291-Darrow, B. F. " 1.236 $435 per a., plus $100, 
plus moving bldg., low 
bid $845.00 be 
7066-Young, Richard T. ” Additional trees and shrubbery taken 
(Supplemental) and not included in previous option 
$25.00 ® 


Reedsport Section —Umpaua Biehyey 
3022-Reedsport, City of i 40 sq.ft. Gratis Gardiner 


Wes Elgin Section - Yieston-Elgin Hi 


7512-Vancil, Ivan Stock Pile 2.48 $20 per a., plus 
fencing Williams 


Dr ection - Klamath Falls-Lakeview Highw 
6025-Spencer, Frank R/W 1.@ $25 Lump Sum DeSouza 


The Commission discussed matters pertaining to the acquisition of 
right of way needed for the reconstruction of the Pacific Highway through the 
town of Cottage Grove, particularly the proposed settlements with J. H. Cham- 
bers, right of way transaction No. 5701, and with A. W. Helliwell and P. E. 
Nelson, right of way transection No. 5694, which settlements were referred by 
the Commission atits last meeting to Commissioner Clough for investigation. 
Commissioner Clough reported that he has investigated these properties and is 
inclined to believe that the proposed settlements are satisfactory whereupon 
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Section, Hwy., and Owner Purpose Acres 


eS County PY, 0.45 


Cc - 


U. S. Government Park 120.0 
U. S. Government Park 70.0 
Lane County - Siuslaw Highway 
U. S. Government Park 206.0 
° - ua sw 
U. S. Government Park 200.0 
- Sil re 
U. S. Government Park 200.0 
- Crater e 
U. 8. Goverment Park 320.0 
- Pacific Ke 
Johnson, Emil A. 1.18 
(Correction) 
6955-Meyer, Virgil H. “ 922 sq.ft. 
7152-David, Ide E. " 446 sq.ft. 


Newberg-WoMinnyille Section — Fecitic Teme er 
7113-Cutting, Wm. H. 5 sq.ft. $162.50 Lump Sum 


allas 
Stock © 


a al 
7520-Dobson, Hiram 0. 


Hemmer’, Section —Orexon Goss Higumel 
4437-Lamb, Louise K. and Leura 


Hood (Supplemental Report) 


0. 


= f 7 t 
5719-McMickle, W. W. Slope oe 132 sq.ft. 


5842-Reeser, Walter M. 


Approximate Amounts 


Gratis 


660 sq.ft. $0.05 sq.ft. plus 
$416.70 


Agent 


McCullough 


Annual rental $75.60 
as required by lease 
from Government Boardman 


Annual rental $6.88 as 
required by lease from 
Government 


Annual rental $220.20 
as required by lease 
from Government ¥ 


Annual rental $187.25 
as required by lease 
from Government \ 


Annual rental $35 as 
required by lease from 
Government sd 


Annval rental $166.98 
as required by lease 


from Government sd 
$1,000 per a. plus 
$1475.00 Collins 


4é sq.ft. plus $963.12 " 
to be exchanged for 
1680 sq.ft. owned by 
the state ” 


Benson 


10 months' lease $20 Eason 


Partial release of 
Mortgage - $100 


DeSouza 


Gratis 


suggested that the state acquire this timber for state park purposes in order 
to preserve it. He also pointed out that this timber is located in an area 
that is surrounded by a national forest and that when the matter of acquiring 
Benson Park from the City of Portland was under discussion it was agreed that 
the United States Forest Service would take title to that portion of the park 
south of the Oregon Washington Reilroad and Navigation tracks and that the 
State of Oregon would take title to the portion between the railroad and the 
Columbia River and it wes his thought, in line with such agreement, that the 
Larch Mountain property should be included in the national forest area so 
that it could be controlled by the United States Forest Service along with 


its property. 


Chairman Cabell advised that he has conferred with the District 
Forester, Mr. Sherrard, concerning this matter and that the Forest Service is 
now working on a proposition for an exchange of timber which, if it works out 
satisfactorily, will solve the problem. He also mentioned that there is 4 
possibility of the forest service acquiring the timber by purchase using fed- 
eral funds that have been provided for purposes of this kind. This matter 
was discussed at some length and, while it was agreed by all that it would be 
very much adverse to the best interests of the Columbia River Highway if the 
timber were cut, there appears to be nothing that the State Highway Commission 
can do about the matter at the present time. 


The Assistant attorney requested instructions relative to the set- 
tlement with the Erickson Dairy Products Com , St. Helens, for right of 
way needed for the improvement of the Lower Columbia River Highway near St. 
Helens. It appears that the value set on this property by the Right of Way 
Department was $1,200 but such value was lowered to {775 when certain changes 
in the original plan were effected which reduced the width of the land needed 
from the company. However, the company apparently had « change of heart and 
is now demanding the sum of $5,000 notwithstanding that the state has fulfilled 
its obligation with respect to the other matters. He advised that Mr. Erick- 
son has taken a very determined stand and absolutely will not settle for less 
than $5,000. In view of the circumstances and it appearing to the Commission 
that an agreeeble settlement cannot be reached with Mr. Erickson without tak- 
ing the matter to court, the Attorney was instructed to condemn the property. 


The Assistant Attorney reported a communication from Louis E. Schmitt, 
Attorney, Portland, in regard to the John Jordan property situate adjacent to 
McLoughlin Boulevard in Lot 7, Kiverside Homestead Addition, advising that Mr. 
Jordan has spent nearly $100 to improve his property outside of the highway 
right of way limits and in view thereof refuses to sell this property to the 
state on the basis of the state's offer of 10¢ per square foot. It was the 
thought of the Commission that, if Mr. Jordan actually spent $100 to improve 
his lot as alleged, as a matter of good faith he should be reimbursed therefor 
in the event that the state is able to purchase the property from him. Ac- 
cordingly, the Commission ordered an investigation of the work actually per- 
formed by Mr. Jordan to ascertain whether or not the said $100 is a reason- 
able amount to allow him therefor or whether the offer previously made should 
be increased by 4 lesser amount. The Attorney was authorized to renew his 
previous offer to Mr. Jordan plus an additional amount to be determined by 
such investigation. 
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the Commission voted unanimously to acquire the properties on the basis of 
the settlements previously reported. 


The Engineer read aloud a letter from the Commission's Attorney, 
Mr. J. M. Devers, with respect to the right of way situstion in Cottage Grove 
wherein the Attorney points out that at least one of the properties will have 
to be acquired by condemnation, being the Frank and Mary Heck property, right 
of way transaction No. 5697, involving a camp site, garage, store building, 
and service station. Possession of the property, he said, cannot be obtained 
until after condemnation action has been tried and since the circuit court 
does not meet for jury cases every month it is not likely that the case could 
be tried before May or June of next year. The Engineer advised that plans 
were to call for bids for the Cottage Grove project at the December meeting 
of the Commission but in view of the information received from the Attorney 
he now suggests that the project be deferred until the right of way matter 
has been satisfactorily disposed of. The Commission concurred in the Engi- 
neer's viewpoint and so ordered. The Secretary was instructed to inform the 
Cottage Grove City Council of the action taken and the reasons for the same. 


The Commission thereupon authorized the Attorney to proceed with 
condemnation of the Frank Heck property on the basis of his previous offer of 
$13,000, representing the cost of tne property exclusive of the buildings lo- 
cated thereon but including the cost of moving such buildings. He was auth- 
orized to offer Mr. Heck an additional amount in the event it is necessary to 
acquire title to the buildings along with the land. 
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In this connection the Engineer suggested the following procedure 
for the handling of matters pertaining to proposed highway construction so 
as to avoid unnecessary delays, not only with respect to right of way but al- 
so with respect to the working up of plans. He recommended, when the Commis- 
sion adopts a tentative construction program, that authority be granted to 
him to work up the plans for the projects listed therein and that the Attorney 
be authorized to secure options for the right of way, particularly such right 
of way as lies within the corporate limits of cities and towns. It was his 
thought that such procedure would not entail any greater expense than the pro~ 
cedure now followed and would greatly facilitate the contracting of the work 
involved. After discussion the Commission by unanimous vote adopted the pro- 
cedure recommended by the Engineer as its policy to be followed hereafter with 
respect to such matters. 


The Commission had under discussion matters pertaining to the acqui- 
sition of timber on Larch Mountain, Multnomah County. The Engineer advised 
that this timber is owned by the Crown-Zellerbach Corporation which plans to 
market it in the near future and that the company proposes to transport the 
timber to market over the road that wes recently constructed from the Columbia 
River Highway to Larch Mountain. He pointed out that Larch Mountain is the 
source of water that supplies several of the waterfalls along the Columbia 
River Highway and advised that if the timber is cut it will greatly affect 
these waterfalls which are important scenic attractions. This matter, he seid, 
has been brought to his attention by people who are particularly interested 
in preserving the scenic beauty of the Colvuvia River Highway and who have 
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Baker-Homestead 


Kings Valley Secondary 
Albany-Independence County 
Road 


Woodburn-Sanmdy Secondary 
Boring County Road 


Carver-Redlands Store County 


Road 
Eagle Creek Grange Hall- 
Firwood County Road 
Bluff County Road 
Cottrell County Road 
Oswego-Wilsonville Co. Rd. 


Oregon City-Wilsonville Co.Rd. 


Fort Stevens County Road 
Nehalem Secondary 


Mist-Clatskanie Secondary 
Nehalem Secondary 


Upper Nehalem County Road 


Cape Arago Secondary 
Coos River Secondary 


Warm Springs Secondary 


Powell Butte Secondary and 
Alfalfa County Road 


Cape Blanco Secondary 
Butler County Road 
Alfalfa County Road and 
Powell Butte Secondary 
North Umpqua County Road 
Wasco-Heppner Secondary 


Kimberly ~Monument-Long Creek 
Secondery 


Frenchglen Secondary 
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Length 
in miles 


63.8 


10.3 
Th 


Section 
Baker to Halfway 


Wiren to Polk-Benton Co.line 
North Albany to Polk-Benton 
County line 


Marion Co.line to Eagle Creek 37.6 
Cascade Secondary Highway to 12.8 
Mt. Hood Highway 


Boring County Road to Red- 49 
lands Store 
Woodburn-Sendy Secondary Hwy. 9.8 


to Mt. Hood Highway 


Multnomah Co. line to Sandy 6.4 
Bluff Road to Cottrell 0.3 
Maple Heights to Wilsonville 6.5 
Maple Heights to West Linn 6.0 
Warrenton to Fort Stevens 3.2 
Astoria to Columbia Co. line 37.9 
Clatskanie to Mist 12.0 
Clatsop County line to Wash- 30.1 


ington County line 
Treharne to Yiashington Co.line 7.0 


North Bend to Cape Arago 14.6 
Allegany to Bunker Hill 13.7 

Jefferson County line to 10.7 
Prineville 

Ochoco Hwy. to point 1}miles 7.7 
north of Deschutes Co. line 

Oregon Coast Highway to 5.8 


Cape Blanco 


Bend to Powell Butte Sec. Hwy. 6.3 


Central Oregon Highway to 10.4 
Alfalfa 

Roseburg to Rock Creek 243 
Condon-Morrow County line 20.2 
Kimberly~Long Creek 35.5 
Burns to Narrows 24.8 
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The Commission had under discussion the adoption of a policy with 
respect to the maximum amount of state funds that it would expend for acquisi- 
tion of right of way for state highway improvements within the corporate 
limits of cities and towns with particular reference to right of way needed 
for the proposed Front Street project in Portland. After a lengthy discus- 
sion of this matter the Commission voted unanimously to pay for right of way 
needed for any project in this class an amount equal to 40 per cent of the 
construction cost of such project. Chairman Cabell was authorized to convey 
this information to the Portland City Council for its information in provid- 
ing funds to finance the city's share of the cost of right of way for the 
Front Street project. He was also authorized to prepare a statement for the 
newspapers of the action taken by the Commission in this matter. 


The Commission adjourned at 12:40 o'clock p. m. amd reconvened at 
2:20 o'clock p. m. in the same room with the same persons present and partici- 
pating. Also present were W, H. Lynch, District Engineer, ani T. M. Davis, 
Senior Highwey Engineer, representing the United States Public Roads Adminis- 
tration, end Ray Conway, Manager of the Oregon State Motor Association. 


Mr. Rager Mything, District Manager, Oregon Culvert and Pipe Company, 
Portland, came before the Commission et this time in regard to the use of 
wooden stave pipe in connection with highway construction work. Mr. Mything 
voiced objections, in behalf of the manufacturers of metal and concrete pipe, 
to the Commission permitting the manufacturers of wooden stave pipe to com~ 
pete with the manufacturers of metel and concrete pipe on highway work. He 
declared that the manufacturers of metal and concrete culvert pipe cannot 
stand the extra competition ana some of them will no doubt have to go out of 
business if the Commission decides to accept alternate bids on the three types. 
He suggested in the event the Commission feels that a test should be made of 
wood stave pipe that it be limited to not more than five per cent of the total 
annual pipe requirements of the State Highway Department. The Commission 
took the matter under advisement. (This matter was reconsidered by the Com- 
mission on the following day. See minute entry ahead.) 


The Commission hed under discussion matters pertaining to the erec- 
tion of signs along state highway rights of way pointing out and describing 
important historical locations. Mr. Conway expressed himself as being hearti- 
ly in favor of the maintenance of such signs ami volunteered, in behalf of the 
State Motor Association, to prepare a booklet bearing full information in re- 
gard to each site for the benefit of tourists and others interested. After 
considerable discussion the Commission decided unanimously to erect such his- 
torical signs or markers and referred the entire matter to the Engineer to 
work out the details. 


The Commission had under consideration the adoption of a federal 
aid secondary highway system. The Engineer presented a list of highways 
that are eligible for such system from which the Commission selected the fol- 
lowing roads which represent approximately 25 per cent of the mileage author- 
ized by the Federal Government for the State of Oregon, it being understood 
that the Engineer has authority to add additional roads to this system in the 
event that the mileage represented by this selection is less than 25 per cent 
of that allowed: 


Length 


Co ° Section in miles 
Polk Sheridan-Lincoln County Road Yamhill Co. line to Bethel 11.9 
® Salem-Dayton Secondary Yamhill Co. line to West Salem 9.7 
" Dallas-Kings Valley Secondary Dallas to Lewisville 10.6 
" Falls City County Road Falls City to Fern Corner 4.6 
" Kings Valley Secondary Benton County line to Pacific 15.7 
Highway West 
" Albany-Independence Co.Road Independence to benton County 10.6 
line 


Fulton Ganyon Secondary and 
Wasco-Fulton Canyon Co. Rd. 
Moro-Hay Canyon County Road Moro-Cottonwood Canyon 7.7 


Fulton Canyon to ‘iasco 


North Fork Nehalem-Nehalem North Fork-Nehalem 5.1 
County Road 
n Netarts County Road Netarts-Tillamook 7.6 
" Sallie Smith Bridge Co. Road iiilson River to Fairgrounds 3.4 
Fairview-Trask River Co. Rd. fFairview-Clemens Corner 303 
Umatilla Hermiston Secondary Hermiston to Lexington-Echo 5 
Secondary Highway 
bl Hermiston Secondary : Hermiston to Cold Springs Tel 
Neston-Elgin Secondary weston to Umatilla Forest Bdry.17.7 
Union Cove Secondary Island City to Union 2262 
" Medical Springs Secondary Union to Medical Springs 22.6 
. North Powder River Co. Road North Powder River to North 47 


Powder 


Wallowa Enterprise—Lewiston Wallowa Forest Boundary to 13.7 
Enterprise 


Hurricane Creek County Road Enterprise to Joseph 7.5 


Wasco Chenoweth Creek-Mosier Creek Mosier to The Dalles 18.5 
County Road 
n Lower Fifteen Mile Co. Rd. Petersburg to Columbia School 11.1 


Shaniko-Fossil :econdary Shaniko to Clarno 23.6 


Washington Forest Grove-Vernonia Co.Rd. Columbia County line to Sun- 2.8 


set Camp 
ad Nehalem Secondary Columbia Co. line to Buxton 7.9 
bd Nehalem Secondary Davies to Forest Grove 9.3 
* Gales Creek County Road Balm Grove to Forest Grove 9.0 
° Hillsboro-Cornelius Pass Hillsboro to Yashington County 10.0 
County Road line 
" Hillsboro-Silverton Secondary Hillsboro to Yamhill Co. line 15.2 


Wheeler Shaniko-Fossil Secondary Clarno to Fossil 20.3 
- Kinzua County Road Butte Creek School to Kinzua 6.5 
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Jackson 
n 


Hood River Hood River Secondary 


i 


Little Butte Secondary 
Butte Falls County Road 
Warm Springs Secondary 
Williams Secondary 
Klamath Falls-Lakeview 


Malin-Bonanza County Road 
Lorenz Mill-ionanze Co. Rd. 


Whitney Bridge County Road 


Klamath Falls-Lakeview 
Route "F" 
Siletz Secondary 


Halsey~Sweet Home Secondary 


Albany-lyons Secondary 
Corvallis-Harrisburg Co.Rd. 


I.0.N. Secondary and Hooker 
Creek-—Jordan Valley Sec. 
Lytle Blvd. County Road 


Woodburn-Sandy Secondary 


Hells Ferry County Road 
Silverton County Road 
West Woodburn-Salem Co. Road 


Wasco-Heppner Secondary 


Barnes County Road and 

Sky Line County Road 
Thompson County Road and 
Cornell County Road 
Section Line County Road 
Troutdale-Boring County Road 
Cottrell County Road 


Lusted County Road 


Length 
Hood River to Parkdale 18.4 
Eagle Point to Forest Bary. 20.2 
Crater Lake Highway to For~- 20.4 
est Boundary 
Madras to Crook County line 19.4 
Grants Pass to Williams 23.04 
Klamath Falls Junction to 58.0 
Lake County line 
Bonanza to Malin 4.6 
Klamath Falls-Lakeview High- 7.8 
way to Bonanza 
The Dalles-California High- 1.8 


way to California St. line 


Klamath Co.line to Lakeview 34.2 
Richardson to Eugene 33.4 
Kernville to Toledo 32.7 
Sweet Home to Halsey 21.6 
Santiam Highway to Scio 10.1 
Harrisburg to Corvallis 21.7 
Idaho State line to Jordan 21.7 
Valley 
Vale to Owyhee 18.5 
Pacific Highway to Clackamas 207 
County line 
Independence to Salem 10.7 
Salem to Silverton 12.4 
Salem to West Woodburn 16.6 
Gilliam Co. line to Heppner 24.8 
Washington Street to Rock 14-9 
Creek Road 
Burnside Street to Washing- 71 
ton County line 
Troutdale Road to Lusted Road 4.3 


Troutdale to Section Line Road 3.4 
Lusted Road to Clackamas 1.0 
County Line 

Cottrell Road to Section Line 
Road 
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1941 Forest Highway Program (continued) 


Highway Section Type of bork Amount 
North Santiam Niagara-Detroit Grading $ 100,000 
Klamath Falls-Lakeview Quartz Mountain Grade, Surf. & Oil 75,000 
John Day-Burns Canyon City-Bear Valley Surface and Oil 75,000 
Flora-Enterprise To Washington Line Grading 60,000 
Cascade Lakes Bend-Elk Lake Grade and Surfece 50,000 
Timberline Grade, Surf. & Oil 100, 000 
John Day Prairie City-East Grade, Surf. & Oil 75,000 
Warm Springs Forest Reserve Section Grading 75,000 
$ 905,000 

Location Surveys 50,000 
Maintenance 45,000 
¢ 1,000,000 


Matters pertaining to the acquisition of right of way needed in con- 
nection with the proposed railroad grade separation project in Nyssa had the 
attention of the Commission. Mr. C. Wi. Parker, Right of Way Agent, reported 
results of negotiations with property owners affected by this proposed improve- 
ment. The following settlements effected by him were approved by the Commis- 
sion by unanimous vote: 


Nora Williams: property damages ellowed in the amount of $4,000 by 
reason of cutting off access to her property from Main Street. Dick Tensen: 
property damages allowed in the amount of $4,000 on account of access from 
Main Street being entirely cut off. Bettie Lafrenz: property damages al- 
lowed in the amount of $2,000 because access from Main Street is entirely cut 
off. Fletcher Oil Company: purchase approved for the sum of $5,000. Private- 
ly-owned property in the Emison Addition: Mr. Parker advised that several 
homes are being maintained in this addition and that the only access thereto 
is by a cingle roadway which will be closed by reason of the highway improve- 
ment and that these properties will either have to be purchased outright or 
another roadway provided for the owners and if such other roadway is provided 
it will necessitate these people crossing the railroad grade which is undesir- 
sble. The Amalgamated Sugar Company, he seid, which owns the bulk of the prop- 
erty in this area, wilt benefit greatly and its property will be much enhanced 
by the addition to its holdings of the other privately-owned property, and the 
Union Pacific Railroad Company would be greatly benefited if the road to serve 
these few homes were not built across its tracks at grade and it was his 
thought, in view of such benefits, that the Sugar Company and the Railroad Com- 
pany should be willing to assume the expense of acquiring the residence prop- 
erties. This matter was discussed at considerable length and was referred by 
the Commission to Chairman Cabell and the Attorney to confer with tiie railroad 
company officials relative thereto, it being umerstood that not any of the 
options shall be closed until authorized by the Commission. 


The Commission had under discussion the complaint of St. Pauls Epis- 
copal Church, Oregon City, with respect to the plans for the construction of 
a concrete viaduct on Water Street (Pacific Highway East) in Oregon City, 
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The Commission also discussed the matter of financing the construc- 
tion of the Illinois River Bridge on the Illinois Valley county road, in Jose- 
phine County, bids for which were taken by the Commission on June 22, 1939, 
the award of the contract having been deferred at that time because the fed- 
eral authorities would not approve the work as a federal aid secondary high- 
wey project. In the discussion of this matter it was pointed out that there 
remains umexpended of the 1935 federal allotment of national recovery funds 
that must be expended on feeder roads an amount of $5,800 that might he used 
to help defray the cost of this bridge construction. Such funds it was ex- 
plained were provided to finance construction of feeder roads entirely off the 
state highway system and do not have to be matched with other funds whereas 
the Federal Government requires the matching of federal aid secondary highway 
funds with which it wes originally proposed to finance the construction of 
this bridge. The Engineer suggested, in order to provide the remaining funds 
needed for this bridge work, the transfer of the required amount from some 
other project in the same class, substituting therefor an equal amount of 
state funds which would avoid the necessity of using state funds to finance 
this work which is not on a state highway. The Commission approved the sug- 
gestion unanimously and authorized the Engineer to make the necessary trensfer 
and to present the plan to the Public Roads Administration for its approval. 
He was also authorized to call into conference contractor J. F. Johnston, who 
submitted the low bid for this work, and ascertain whether or not he is will- 
ing to accept the award of this contract at this late date. In the event that 
the contractor is willing to abide by his original offer, submitted on June 22, 
1939, amd the Public Roads Administration approves the method of financing the 
work, then the Engineer is authorized to award the contract to Mr. Johnston. 


The Commission had under discussion the selection of projects to be 
recommended to the Public Roads Administration and the United States Forest 
Service for the 1941 Forest Highway Program. The Engineer presented a list of 
projects eligible for such program from which the Commission by unanimous vote 
tentatively selected the following as those to be recommended to the govern- 
ment officials when the joint meeting is held for the allocating of 1941 for- 
est highway funds: 


fr 
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TENTATIVE 1941 FOREST HIGHWAY ALLOCATIONS 
Highway ection Type of Work Amount 
Willamette Oakridge-Tunnel Oiling $ 70,000 
Pendleton—John Day Fox Valley ” 50,000 
Tiller-Trail Grade, Surf. & 011 75,000 
Santian Sheep Ridge-Tombstone Surface and Oil 100, 000 


(continued) 


Junction City, Oregon, November 20, 1939 


The State Highway Commission and party were guests of the Junction 
City Lions Club at a 6:30 o'clock dinner in the parlor of the First Christian 
Church, following which the Commission discussed with the members of the Lions 
Club and others present matters pertaining to the proposed improvement of the 
Siuslaw Highway over the summit of the Coast Renge Mountains. Mr. W. D. Thrall, 
President of the Lions Club, presided. State Highway Department officials 
present were: 


Henry F. Cabell, Chairman 

Huron W. Clough, Commissioner 

R. H. Baldock, State Highway Engineer 
H. G. Smith, Construction Engineer 
K. D. Lytle, Division Engineer 

H. B. Glaisyer, Secretary 


Approximately fifty persons were present among whom were the members 
of the County Court of Lane County consisting of County Judge Clinton Hurd 
and County Commissioners C. M. Young and W. J, Holland; County Engineer P. M. 
Morse; members of the City Council of Junction City consisting of CharlesR. 
Nelson, Mayor, I. M. Peterson, Recorder and City Attorney, Henry Hansen, City 
Treasurer, and C. B. Washburne, Councilman; members of the City Planning Com- 
mission of Junction City, Mr. Kennedy., Chairman; and Earl Hill, State Represen- 
tative. 


Mr. Thrall called the meeting to order and, after a few opening re- 
marks, inquired as to whether or not the Commission has as yet made its deci- 
sion with respect to the improvement of the Siuslaw Highway. 


Chairman Cabell gave detailed information in regard to the funds 
available to the State Highway Commission and outlined the formula used by the 
Commission in distributing these funds to the five districts of the state. 

He also explained how the Commission selects the projects in each district, 
pointing out that such lists of projects consist of those which the Commission 
feels will do the most good for the greatest number of people, are especially 
needed projects, will provide the greatest amount of convenience to the pub- 
lic, or will reduce maintenance cost to the greatest extent. He added that 
there are economic advantages from the traffic standpoint such as saving in 
time, the value of time saved, the savings that accrue by reason of reduced 
driving costs, et cetera. He advised that the Siuslaw Highw:y is situate in 
the third highway division of the state in which division are located numerous 
other projects such as the Pacific Highway, the Oregon Coast Highway, the Wil- 
lamette Highway, the McKenzie Highway, the Coos Bay-Roseburg Highway, the Ump- 
qua Highway, and the Green Springs Highway, all of which are costly and are 
considered by the State Highway Commission to have priority rights over the 
Siuslew Highway, particularly in view of the fect that there is under consid- 
eration another route betweer Eugene and the Coast which is known as Route F. 


To rebuild the Siuslaw Highway to modern standards over the summit 
of the Coast Range, he said, is also a costly proposition and is a very dif- 
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opposite the church property described as Lots 7 and 8 of Block 7, Oregon 
City. It appears that plans for the viaduct include the construction of hand- 
rail along the easterly side of the roadway which will prevent access to the 
church property from the highway and it is alleged by the church people that 
their property will be greatly lessened in value thereby, and that they will 
suffer damages in the amount of $5,000 but they will waive their right of ac- 
cess to the highway if the state will pay them such sum. This matter was dis- 
cussed at considerable length and the conclusion reached that there are no 
circumstances nor conditions which would justify the Commission in making an 
expenditure from state highway funds in the amount of $5,000 as compensation 
for loss of access to the highway. The Commission took the viewpoint that 
inasmuch as the street has been constructed, has been in use for many years 
without access thereto from the church property, and the present plan of con- 
struction will not introduce any new factors into the situation, compensation 
for damages at this time is not in order. Furthermore, the Commission would 
not have legal authority to expend state highway funds for the purpose if no 
legal obligation is involved, hence, if the church people desire access to the 
highway from their property, the cost of constructing such physical connec- 
tion must be borne by them. 


As an alternative the Engineer suggested a revision in the plans for 
this structure to include brackets so that if at any time in the future the 
church people desire to make a physical connection to the highway from their 
property the handrail could be removed provided the adjoining property owners 
would pay the cost of the removal of the same and would likewise bear all the 
expense of meking the connection. If, on the other hand, it is desired to 
make the physical connection at the same time that the viaduct is constructed, 
then the Commission will eliminate from the plans provision for a section of 
the handrail as may be necessary and under such conditions tie Commission will 
contribute to the cost of making the connection to the church property such 
amount as it will save by reason of the elimination of the handrail from its 
contract, it being understood of course that the connection must be constructed 
in accordance with the plans approved by the State Highway Engineer and must 
conform to the inspection requirements during construction, It was the thought 
of the Commission that the plan suggested by the Engineer is logical and fair 
whereupon it was approved by the Commission by unanimous vote. The Attorney 
was instructed to convey the information to Reverend A. J. Mockford, Church 
Rector, Oregon City. 


The Commission adjourned at 5:00 o'clock p. m., to reconvene at 9:30 
o'clock on the following morning in the same room, and immediately motored to 
Junction City to conduct a previously scheduled public hearing with respect 
to the improvement of the Siuslaw Highway. 
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and poles over the road without taking up the full width of the roadway. It 
was his understanding that the proposed improvement was for this particular 
purpose. He suggested that the entire project be deferred for two or three 
years and that it be constructed at that time on proper alignment and to prop- 
er standards, including a tunnel at the summit. 


County Engineer Morse gave as his thought that the entire problem 
is one for the State Highway Commission to solve as best it can. 


Mr. Julius P. Hult, timber owner, was called upon for remarks. He 
inquired as to whether or not the road would be any straighter after the modi- 
fied improvement was completed and whether or not it would then be possible to 
transport piling over the road. He was informed by the Engineer that the road 
would not be any straighter but that the improvement would simply consist of 
widening which would make it possible to safely move equipment conforming to 
the statutory length of 50 feet including load. To reconstruct the entire 
road to a standard that would permit the transportation of long piling, he 
said, would cost approximately $2,500,000. Mr. Hult then suggested the recon- 
struction of the summit section to permanent standards on a four-year continu- 
ing program and in reply thereto Chairman Cabell stated that the Commission 
could not commit itself to a program of that kind because it would simply mean 
that the improvement would have to be extended later and the Commission cares 
not to start a fine improvement at one place if it cannot see its way clear to 
extend it in the future. It was his thought that the modified plan described 
by the Engineer would help considerably although it would not permit the trans- 
portation of piling. The Commission wants to help the logging industry «5 
much as it possibly can, he said, but feels that it should not spend a lot of 
money to permit the hauling of piling when there is a question whether or not 
the Commission has legal authority to authorize such movements. 


Mayor Nelson stated that he appreciates that the State Highway Com- 
mission does not have funds to finance the reconstruction of the Siuslaw digh- 
way as a super~highway, nevertheless he feels that this highway is of major 
importance as a route to the coast as is also Koute F, which route, he said, 
he is not opposing. He pointed out that the timber along the Siuslaw Highway 
must be transported over this road and predicted that as time goes on general 
traffic over the Siuslaw Highway will greatly increase which will mean that 
the road will have to be improved in order to make it safe for travel. He 
urged the Commission to make some kind of an improvement but left it entirely 
up to the Commission to decide the extent thereof. 


Mr. Angus Gibson concurred in the remarxs of Mayor Nelson. He seid 
that, while he prefers the realignment of the road so that piling could be 
transported over the same, he would be perfectly satisfied with « £60,000 
project as mentioned by the Engineer because he is satisfied that the Highway 
Commission would extend the improvement later. 


Mr. Hill pointed out that the State Highway Commission has « big 
problem in road construction throughout the entire state and must be very care- 
ful in allocating its funds to the various districts so as to satisfy people 
end avoid criticism. He also pointed out that Lane County has five major road 


ficult one for the Commission to handle in view of the limited amount of funds | 
available to the Commission and the other projects that are already under wey. | 
Further, if the Commission should rebuild this short section, it would render 
obsolete the adjoining sections which are now considered satisfactory. The 

cost to construct this short section, he said, is estimated between $300,000 

and $400,000 which is a large sum of money and raises a question in the minis 

of the Commission as to whether or not its expenditure is justified in view 

of the agitation for Route F. The Commission is not finencially able to con- 
struct both routes and feels that it should not approve an expenditure of a 

large sum of money for the improvement of the Siuslaw Highway at the summit 

and commit future Highway Commissions to extend such improvements. The High- 

way Commission does not question the desirability of this improvement, he 

Said, and realizes that a bad condition exists for the transportation of logs 
because of excessive curvature which introduces an undue hazard to other traf- 

fic, and in order to alleviate this condition has instructed the Engineer to 
investigate the possibilities of improving the existing road somewhat by wi- 
dening, et cetera, which the Commission thought could be done for consider- 

able less cost or expense and would serve the purpose for the time being. 

He called upon the State Highway Engincer to explain this alternate plan. 


The Engineer estimated that to construct a standard improvement on 
a six per cent grade, including a tunnel, would cost approximately $350,000 
whereas a partial improvement, consisting of widening the present road to 22- 
foot width and with a roadbed 30 feet wide and reducing the super-elevation 
of sharp curves, will cost not to exceed $60,000. He expressed his belief 
that on the basis of economics such modified plan would provide to the users 
of this road a fair and reasonable degree of safety. 


Commissioner Clough was then called upon by Mr. Thrall for a state- 
ment. He voiced his concurrence in the remarks made by Chairman Cabell and 
the Engineer and declared that the analysis given by these men is a true pic~ 
ture of the facts. He expressed sympathy with the loggers who are being in- 
convenienced by reason of the condition of the present road but pointed out 
that they are not alone in their predicament because the same problem exists 
in all of the timbenddistricts of the state. He gave as his understanding 
that it is the duty of the State Highway Commission to provide for the timber 
interests, in so far as funds will permit, the best means possible for the 
trans: rtation of timber. 


County Commissioner Holland stated that in his opinion there is no 
questi.» of the need for the improvement of the Siuslaw Highway but he for 
one is willing to leave the problem up to the State Highway Commission. 


County Commissioner Young expressed his pleasure that the State 
Highway Commission is willing to spend a reasonable amount of money to im- 
prove this road. He advised that he would be perfectly satisfied with any 
improvement the State Highway Commission sees fit to undertake. 


County Judge Hurd questioned the advisability of spending money for 
partial improvement as outlined by the Engineer because in his estimation 
even with such improvement it would not be possible to transport long logs 
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jurisdiction over the establishment of zones along the highways within munici- 
 palities. He gave as his personal opinion that the zoning feature should be 

controlled locally although he advised that he has not as yet given serious 

consideration to the matter, in fact has not had time to study it. 


Mr. Washburne suggested, in view of the fact that this problem has 
not as yet been made public in Junction City, that the matter be discussed in 
private. Accordingly at 9:00 o'clock p. m. the Highway Commission and the 
City Planning Commission adjourned to the directors’ room of the United States 
National Bank of Portland, Junction City Branch, where Mayor Nelson presided. 


Mr. Kennedy, Chairman of the City Planning Commission, explained 
their plan for the establishment of zones and a set-back line for new build- 


ings. 


Mr. Washburne asked the Commission for a statement which would help 
the City Planning Commission in passing a city ordinance providing for zones 
and for the establishment of a set-back line on the highway route. 


Chairman Cabell gave as his thought that a set-back line is proper 
and that the Engineer will advise the city relative thereto as soon as it has 
been determined; however, both matters involve the establishment of a general 
policy to be followed throughout the state, hence the Commission must look at 
it from all standpoints in order to be consistent in the disposition of all 
cases. The Commission, he said, hesitates and does not consider it proper to 
adopt amy rule as « general policy which appears to be dictatorial, hence is 
not in a position to make any commitment at this time but will be pleased to 
give the matter study and will help in the matter as much as possible inas- 
much as the Commission wants to continue its friendly relationship with the 
city and its Planning Commission. Commissioner Clough concurred in the re- 
marks of Chairman Cabell. 


: The Engineer pointed out that the present highwey through Junction 
City is not a four-lane highway as has been intimated, but is really a wide 
two-lane highway. It was his thought that the establishment of a set~back 
line would be desirable so when the highway south of Junction City is widen- 
ed to four lanes the work could be extended through Junction Gity without ex- 
tra cost for moving buildings, however he is not in « position at the present 
time to advise just how much of a set-back line should be provided. This mat- 
ter was discussed at considerable length but no definite action was taken ex- 
cept that the Planning Commission was given to understand that the Commission 
would advise them as soon as possible. 


The meeting was adjourned at 10:00 o'clock p. m. 
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problems, viz: reconstruction of the Pacific Highway, improvement of the Mc- 
Kenzie Highwey, completion of the Willamette Highway, reconstruction of the 
Siuslew Highway, and the building of Route F, and advised that the people of 
this county do not expect to secure all of these improvements at once but will 
be satisfied with a just portion of the funds. The people of Lane County who 
reside west of the Coast Range, he said, are perfectly willing to leave the 
matter up to the State Highway Commission as to where the funds shall be spent. 
As a matter of information he pointed out that there are two ways to market 
the timber along the Siuslaw Highway, one is to take the timber east to Junc- 
tion City, as the bulk of it is going at the present time, and the other is to 
take it west. He thanked the Commission for its interest in the Siuslaw proj- 
ect and also for making the additional studies and report, which report he be- 
lieved should be respected and taken as a matter of fact. He urged all of the 
people of Lane County to be reasonable and fair with the State Highway Commis- 
sion in its disposition of this matter. 


There followed a general discussion of this prohiem during which Mr. 
Gibson inquired as to when the Commission proposes to undertake this improve- 
ment. He was informed by the Engineer that it is a summer job and that the 
work would probably start next spring and would be finished during that work- 
ing season. Chairman Cabell stated that present indications are that the Com- 
mission will do the work next year. 


Motion was then made by Mr. Washburne that the members of the Lions 
Club and others present accept the modified plan offered by the State High- 
way Commission. The motion was duly seconded by Mr. Gibson and carried, there 
being no dissenting vote. This concluded the discussion of the matter. 


Mayor Nelson then brought up for discussion a problem confronting 
the City Planning Commission with respect to the establishing of a business 
zone along the state highway through Junction City and the establishing of a 
set-back line for buildings along this thoroughfare. He said that the Pacific 
Highway extends for 17 blocks through the city and that they would like an ex- 
pression {rom the State Highway Commission as to whether or not the city 
should adopt 2 zone plan which would prohibit the establishment of additional 
business blocks along this street, and whether or not the city should adopt e 
set-back line for buildings fronting on this street. 


Mr. Washburne pointed out that for the most part the present busi- 
ness section of Junction City lies east of the highway and es a result there 
is very little traffic congestion along the highway. It was his thought that 
by proper zoning the city could keep the traffic congestion in the business 
district where it is at the present time which would leave the highway open 
and free such as will obtain in Albany and Oregon City when the highway work 
now under way at those places is completed. 


Chairman Cabell advised that, while the Commission now has authority 
to control signs, et cetera, on state highways outside of incorporated cities 
and towns, it does not have as much control over these matters as it feels it 
should have from the standpoint snd good of the general public, and there is 
a question whether or not the Commission should be responsible for or have 
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of which emount the state would pay about $6,600 and the city $7,750, consid- 
ering that the state would participate to the extent of paying 50 per cent of 
the cost of the "fixed time" and "traffic actuated" signals installed on 

state highway routes, and 100 per cent of the cost of installing "overhead" 
flashing signals on such routes, and that the city would pay the balance of 
the expense, including 100 per cent of the cost of signals installed on streets 
that are not state highways. He recommended approval of the project on such 
basis and that the matter be covered by appropriate contract between the state 
and the city; also that the city be required to deposit with the Commission a 
certified check in the amount of its share of the cost before any work is done. 
The Commission approved the recommendation unanimously and so ordered. 
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In this connection Commissioner Clough reported a request for @ 
traffic signai installation at the point where the Klamath Falls-Malin Highway 
crosses the Oregon, California & Eastern Railroad near Merrill, in Klamath 
County. The Engineer advised that the current program for traffic signal in- 
stallations has already been prepared and it is now too late to make any 
change. Further that this particular grade crossing was discussed in the 
preparation of such program but was not considered very hazardous and was 
placed rather low on the priority list. He said that he would bear the proj- 
ect in mind in the preparation of future programs of this kind but suggested 
that the proper solution would be for the sponsors of the signal to take the 
matter up direct with the railroad company and the Public Utilities Commis- 
sioner. The Commission approved the suggestion and so ordered. 


The Commission had under discussion a request from the people of ’ 


Sweet Home for the oiling of the Santiam Highway through their town. The En- 
gineer recommended approval of the project which he estimated would cost about 
$3,000, the work to consist of rocking and oiling the strips between the pres- 
ent highway pavement and the curb lines provided the City of Sweet Home will 
pay for the rocking or graveling of the unpaved portions as is needed to pro- 
vide a proper base for the oil mat which expense, he said, the city officials 
have orally agreed to assume. The Commission approved the recomnendation 
unanimously. 
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Reconsideration was given b; the Commission to the request of the 
Town of Sisters for the oiling of the unoiled strips adjacent to the highway 
pavement through that town. The Engineer estimated that such work would cost 
about $2,000 and recommended approval of the expenditure as a minor betterment 
project, the work to be done during the summer of 1940. The Commission ap- 
proved the recommendation unanimously. 
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The Engineer reported on the request of Stewart Grange No. 805 and 
other residents and taxpayers of baker County for the construction of guard- 
rail along the narrow and dangerous curves on the Sumpter Valley Highway be- 
tween Salisbury and Mason Siding. He said that this highway is narrow and 
crooked and dangerous to travel but in his estimation construction of guard 
fences would not eliminate the hazard. It was his thought that the £8,000 
that is required to finance the guard fence construction could be spent to 
much better advantage by reconstructing the highway itself. He suggested in 
view thereof that the request for the guard fence be denicd but that he be au- 
thorized to make a survey to determine the minimum amount that it would take 


Salem, Oregon, November 21, 1939 


The State Highway Commission reconvened in special session at 9:30 
o'clock a. m. in the office of the Stat Highway Engineer, Room 325, State Of- 
fice Building. Present were: 


Henry F, Cabell, Chairman 

E. B. Aldrich, Commissioner 

Huron W. Clough, Commissioner 

R. H. Baldock, State Highway Engineer 
H. B, Glaisyer, Secretary 


The Commission had under discussion the Engineer's report on the 
complaint of Mrs. Joseph Franzwa, Eugene, relative to her property at the cor- 
ner of Abbey and Sixth Streets in Newport. It appears that when the Oregon 
Coast Highway was constructed through this town the area between the Franzwa 
property and the highway right of way line was utilized as a borrow pit, all 
vegetation, top soil, et cetera, having been removed, which resulted in a sub- 
grade consisting entirely of fine sand subject to drift and movement during 
the summer trade winds. This area being directly west of the Franzwa proper- 
ty and the prevailing trade winds being from that direction, the rerult was 
the constant drifting of sand onto the Franzwa property which interfered with 
the driveway entrances, et cetera. The Engineer advised that this condition 
can be corrected only by covering the sand with top soil and planting the area 
to vegetable growth; further, that he had the matter investigated and it was 
found that the State Highway Department was responsible for this condition 
and temporary relief was provided, but to entirely remedy the cause of the com- 
plaint will require an expenditure of $1,600, the work to consist of finishing 
the highway grade and planting the area. He recommended approval of this ex- 
penditure. The Commission approved the recommendation unanimously. 


The Engineer reported the condition of the Tiller-Trail Secondary 
Highway, in Douglas County, the improvement of the same having been requested 
by Mr. P. A, Briggs, Myrtle Creek. He advised that inspection of this road 
discloses that the surface is in very poor condition being full of chuck holes 
and corrugations which are the result of heavy hauling. Between Canyonville 
and Milo, he said, a distance of 16.8 miles, the road is about 20 feet wide 
but between Milo and Tiller, a distance of about 8 miles, the road is very 
narrow, being not more than 10 feet wide in certain places. He estimated 
that to provide ae standard oiled highway from Canyonville to Milo, which is 
the limit of the farming country, would cost approximately $38,600. He recom- 
mended approval of the project using state forces to do the work during 1940 
if funds ere available to finance it, otherwise that the project be done in 
two working seasons, 1940 and 1941. After discussion, and in view of the 
limited amount of state funds available, the Commission approved the recom- 
mendation by unanimous vote with the understanding that the work would be done 
in two working seasons. The Engineer was thereupon instructed to include in 
the 1940 budget an item of $20,000 for this purpose. 


The Engineer reported the results of a survey in Klamath Falls for 
the installation of traffic signals. He estimated the cost of the signals 
recommended by the Traffic Engineer for installation at this time at $14,350 


He estimated the cost of the project, including the grading work and sidewalk 
construction, right of way, et cetera, at $3,200 and advised that it would be 
a desirable improvement because a real hazard now exists at this location. 

it appeared to the Commission that there is immediate need for the improvement 
of the sidewalk facilities at this particular location but that the responsi- 
bility for the improvement is a joint obligation of the state and the city. 

In view thereof the Commission decided to proceed with the improvement if the 
city will cooperate in the cost thereof. The Engineer was thereupon author- 
ized to negotiate with the city on the basis of the state widening the high- 
way grade and preparing it for the sidewalk and the city constructing the side- 


Mr. Jim E. Smith, Commissioner, and Mr. N. C. Hubbs, County Engineer 
of Marion County, appeared before the Commission at this time in regard to 
snow removal operations on the North Santiam Highway. The State Highway Engi- 
neer explained that this road is not a state highway, hence the State Highway 
Commission is without authority to spend state funds either for its improvement 
or for snow removal to maintain travel during the winter season, thus, if the 
road is to be kept open for travel during the winter months, the cost thereof 
must be paid by the county and the federal government. He further explained 
that the government has indicated a willingness to remove snow from its por- 
tion of the section in so far es it is able to do so with push plow equipment, 
but when the snow becomes so deep that it cannot be removed by such equipment 
its operations will have to be discontinued because they do not have the prop- 
er equipment to handle the excessive depth snow. He inquired as to the atti- 
tude of the Marion County Court relative thereto. 


Mr. Smith advised that the county is in the same predicament as the 
government with respect to equipment but he thought that the county court would 
be perfectly willing to enter into an agreement with the state for the use of 
the state's heavy snow equipment as was done last year if that is agreeable, 
the state to furnish the ecuipment and operate the same with the understanding 
that the county will reimburse the state for the expense as bills are sub- 
mitted. He agreed to take the matter up with the other members of the county 
court immediately and let the Commission know by letter within a very short 
time just what to expect from the county. It was agreed by all that if this 
arrangement is approved it should be covered by an appropriate written agree- 
ment among the parties concerned. 


Reconsideration was given by the Commission to the matter of improv- 
ing the Siuslaw Highway across the summit of the Coast Range concerning which 
matter a hearing was held in the town of Junction City on the previous evening. 
Chairman Cabell reviewed the events of the previous evening and particularly 
pointed out that the people at such hearing voted unanimously in favor of the 
modified improvement suggested by the Engineer which was estimated to cost 
about $60,000. After discussion the Commission authorized an expenditure of 
$60,000 in 1940 to rebuild this section of road which is about three miles in 
length and instructed the Engineer to make provision for such project in the 
1940 budget. 


The Commission also reconsidered the advisability of permitting wood 
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to widen the road sufficiently to make it safe for travel. The Commission by 
unanimous vote authorized the Engineer to make such survey. 


The Commission also had under discussion the Engineer's report on 
the cost to construct a sidewalk or footpath along the Wallowa Lake Highway 
between LaGrande and Island City as has been requested by Congressman Walter 
M. Pierce and the County Court of Union County. He estimated that such foot- 
path would cost approximately $4,000. In the discussion of this matter it was 
pointed out that the number of requests for sidewalk construction along state 
highways is steadily increasing which indicated to the Commission thet it 
would be advisable to conduct a state-wide investigation of such projects so 
as to provide a formula for the future handling of work of this kind. The En- 
gineer was thereupon authorized and instructed to make such state-wide survey 
in order that each project may be given a preference rating. 


The Commission withheld action on the following requests for side- 
walk construction pending completion of the survey and the development of the 
formula which is to be based on cost of construction, pedestrian traffic 
count, accident records, et ceteras 


Request of the Cities of Gearhart and Seaside for aide- 
walk construction along the Oregon Coast Highway between these towns. 
In connection with this matter the Commission considered, in view of 
the fact that these towns are seaside resort towns, that the pedes- 
trian traffic count should be taken during the summer season when 
pedestrian traffic is heaviest because a count taken at any other 
time of the year would not be indicative of the traffic that has to 
be taken care of. The Engineer was instructed to conduct such traf- 
fic count at that time. 


Request for construction of footpath along the Nehalem- 
Manzanita County Road in the vicinity of Manzanita School. 


Request for construction of sidewalk along the Pacific 
Highway extending south from Hayesville School to Salem. 


Request for construction of footpath along the Medford- 
Provolt Secondary State Highway, in Jackson County, 


The Commission also considered the request of the Parkdale Parent 
Teachers! Association for sidewalk construction along the Hood River Secondary 
Highway in the town of Paerkdele. In regard to this project, the Engineer ad- 
vised that only 75 feet of sidewalk construction are involved which would cost 
about $100. He recommended approval of the project in view of the small cost. 
The Commission approved the recommendation. 


The Commission also discussed a request for sidewalk construction on 
the Oregon Coast Highway between Third Street ani Tenth Street in the city of 
Coquille. It appeared to the Commission that this project should be given 
special consideration in view of the fact that it is located within the city 
limits of Coquille. The Engineer advised that considerable grading work would 
have to be done before the sidewalk could be constructed at the proper location. 
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Kind of Estimated 
County Highway Section Miles iork Cost 
DIVISION #3 
curry Oregon Coast Brookings 0.7 G.&Bit.M. $70,000 
Douglas Pacific Rice Hill-Turkey Hill 2.2 G. &P. 112,000 
Josephine Pacific Grants Pass-Green Creek, 0.7 G. & P. 30,000 
East Unit 
Douglas Pacific Kelley Corner-\iinston 0.7 G.&P. 50,000 
Bridge 
Coos Oregon Coast Bandon 0.6 G.&Bit.M. 40,000 
Roadside Improvement 5,900 
Planning Survey 8,100 
DIVISION #4 
vasco Sherman Shaniko-Cow Canyon, East S. &0. 60,000 
Unit 
Lake Dalles-Calif. Horse Ranch G. S-, 0. 30,000 
Klamath Dalles-Calif. Rabbit Flat 3.0 G.&Bit.M. 100,000 
Gilliem Columbia River John Day River-Blalock, 3.0 G.&Bit.M. 86,500 
West Unit 
Wheeler Ochoco Mitchell-jiest 4.0 G. &0O0. 70, 000 
Crook Prineville G. & P. 40,000 
Roadside Improvement 4,800 
Planning Survey 7,200 
DIVISION #5 
Umatilla Oregon~iash. Pendleton-Adams 11.0 Bit. M. $134,500 
Old Oregon Trail 135,000 
Malheur John Day Brogan-Jamieson 4-8 G. &0. 75,000 
Grant John Day Goose Rock 85,000 
Union Wellowa Lake Minam Hill 4.0 G. &0. 130,000 
Baker 014 Oregon Tr. Troy Line Change G.& Bit. M. 50,000 
Umatilla Oregon—Wash. Milton 0.5 G.&P. 25,000 
Umatilia Oregon-Wash. Pilot Rock 0.5 G.&Bit.M. 25,000 
Roadside Improvement 6,800 
Planning Survey 10, 200 
1 1939 
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known as McPherson creosoted pipe, to compete as an alternate 
with concrete pipe and corrugated metal pipe on state highray construction 


work, After a lengthy discussion of thi 
try out, as an experiment, a quantity of such creosoted 


s matter the Commission decided to 
timber pipe, such 


quantity to be limited to not more than 10 per cent of the annual pipe re- 


quirements of the State Highway Department, 


approximately 6,000 feet, and the 


purchase of the same to be made as a result of competitive bidding. The En~- 
gimeer was instructed to arrange the details so that the pipe will be used in 
contract work as well as state force work throughout the entire state. He 

was also instructed to present the matter to the federal authorities for their 


approval. 


In this connection the Commission discussed the matter of changing 


its present policy with respect to the use of 
metal pipe and decided not to make any change 


conerete pipe as compared to 
in the present policy which is 


to the effect that this business shall be divided equally, ami during the con- 
duct of the experiment with creosoted wood pipe. the same policy shall be fol- 


lowed after allowance has been made for the timber pipe. 


The Commission discussed the selection of projects for the 1941 
the 1941 Federal Lands Highway Program, and the 


Regular Federal Aid Program, 
1941 Federal Aid Secondary Highway Progra. 


Federal Lands Highway Fund 


mission tentatively selected the following proj 


& decision with respect to the 
s was deferred for the time being, however the Com- 
ects from lists presented by 


the Engineer for the Regular Federal Aid Primary Highway Program and for the 
Federal Aid Secondary Highway Program: 


1941 REGULAR FEDERAL AID PROGRAM 


Co Bi 


Multnomah Columbia River 


Clatsop & Oregon Coast 
Tillamook 
Columbie Columbia River 
Linn Santian 
Washington Pacific West 
Clackamas Pacific East 
& Marion 
Lincoln Oregon Coast 
Clatsop Oregon Coast 
Columbia Columbia River 
Benton Pacific West 
Washington Wolf Creek 


Section 
DIVISIONS g1 AND #2 


Troutdale-Dodson 
Front Street, Portland 
Hug Point-Manzanita 


Scappoose-Mul tnomeh 
County Line 
Cascadia-Upper Soda 


or 
Aurora Bridge 


Depoe Bay 

Astoria 

Rainier 
Corvallis-North & South 
Wolf Creek Tunnel 


Roadside Improvement 


Planning Survey 


Kind of Estimated 


Work Cost 


G. $ 260,000 
G. & P. 250,000 
Se; B-11 100, 000 


G. &P. 122,000 


S. & 0. 
G. & P. 


75,000 
75,300 


75,300 


G.& Bit. 75,000 
G. &P. 40,000 
P. 30,000 
P. 40,000 

225,000 


15,500 
23,200 


DIVISION #3 
Grade 
Surface and Oil 


Total Division #3 


DIVISION #4 
Grade and Surface § 15,000 


Total Division #4 


DIVISION i*5 
Union North Powder River Road 0il $ 20,000 


Planning Survey 600 
Total Division #5 


The Engineer was authorized to proceed with the preparation of the plans for 
such projects and the Attorney was authorized to secure right of way options 
for the same at once in accordance with the general policy adopted by the Com- 
mission on the previous day. 


Commissioner Aldrich brought up for discussion the matter of improv- 
ing the Pendleton-McKay Creek Section of the Pendleton-John Day Highway. The 
Commission instructed the Engineer to make a location survey of the section 
and to render a cost report thereon. 


The Commission adjourned at 12:30 o'clock p. m. and reconvened at 
1:30 o'clock p. m. in the same room with the same persons present and partici- 


pating. 


The Engineer brought up for discussion the matter of granting leaves 
of absence to employees who are members of the United States Army or Navy Re- 
serve Corps. He advised that there are a number of employees of the Highway 
Department in this category and there is a possibility, in view of the unset- 
tled condition obtaining throughout the world, that these men will be called 
for service. It was his thought that the status of these men should be given 
full recognition and that they should be given leaves of absence during the 
period that they are called for duty, so that they will not lose their priority 
standing with the department. The Commission concurred in the viewpoint of 
the Ingineer and thereupon by unanimous vote decided to give to each of such 
employees affected a leave of absence if and when he is called for military 


duty . 
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1941 FEDERAL AlD SECONDARY PROJECTS ON STATE HIGHWAYS Estimated 
County Project Kind of Work Cost 
DIV1S D f 


Banzer Bridge-Mist 3.2 mi. Surface and Oil $ 60,000 
Woodburn-Molalla Grade and Oil 20,000 
Grade and Surface 20,000 


1 
Total Divisions #1 & #2 


DIVISION #3 
Little Butte Grade and Oil 
Planning Survey 
Total Division #3 


DIVISION #4 

Warm Springs Grade 
Buck Hollow-East - 

Sherars Bridge Hwy. Grade 


Planning Survey 
Total Division #4 


DIVISION #5 
Morrow Heppner-Rhea Creek, 
West Unit 
Umatilla Umatilla River Bridge 
Grant Kimberly-—Monument 


Planning Survey 


Total Division #5 
* $20,000 Additional State Funds Allocated 


1941 FEDERAL AID SECONDARY PROJECTS ON COUNTY ROADS 


DIVISIONS #1 AND #2 
Fort Stevens Road Grade and Pave 
(Projects to be selected) 
Silverton Road Grade and Pave 25,000 
Skyline Blvd. Surface and Oil 


Planning Survey 1,400 
Total Divisions #1 & #2 $106,400 
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providing for an appropriation of federal funds to finance the acquisition of 
areas of this kind. The Commission approved the report. 


Acquisition of 10-acre timber tract adjacent to Nehalem Highway at 
Natal Grange:- The Parks Superintendent advised that Mrs. Pearl Becker, Sec- 
retary of the Columbia County Pomona Grange, has been carrying on negotiations 
with the Clark and Wilson “umber Company, owners of this tract, for some time 
relative to the acquisition thereof, and has been endeavoring to get the com- 
pany to reduce its price of $6,000 which is double the amount that the Commis- 
sion previously authorized as payment for it. However, the company has ab- 
solutely refused to sell the property for less money although it will accept 
£3,000 for half of the tract. Chairman Cabell advised that he inspected this 
tract on the ground and in his estimation the property is worth $3,000 but no 
more. After discussion the Commission decided not to purchase the tract and 
instructed the Parks Superintendent to so inform Mrs. Becker. 


The Commission had under discussion a communication from Foster and 
Kleiser Company, an outdoor advertising concern, outlining a suggestion for 
state-wide zoning legislation for signs. The Engineer advised that he has 
studied this matter thoroughly and is inclined to believe that, while the pro- 
posed legislation is desirable, it is somewhat too drastic for practicability. 
He explained briefly the various points of the proposed bill which the Commis- 
sion discussed at length. It was the Commission's thought that it should have 
full control of state highways insofar as encroachments by signs or any thing 
else are concerned but the matter of zoning private property is a problem which 
should be sponsored by local organizations which the Commission would be pleased 
to advise if its viewpoints were requested. The Engineer was instructed by 
the Commission to convey such information to Foster and Kleiser Company. 


Reconsideration was given by the Commission to the establishment of 
the procedure authorized by the 1939 Legislature for approving state highway 
fund vouchers whereby the necessity for a majority of the Commissioners to 
sign each individual voucher in excess of $200 is eliminated and their ap- 
proval indicated by the signing of prepared lists of such vouchers. The En- 
gineer reviewed the proposed procedure in detail. After discussion the Com- 
mission decided unanimously to give it a trial for a couple of months to see 
how it functions. 


A letter was presented from the Coos Bay Dredging Company, Marsh- 
field, offering to pay $100 for two state-owned pontoons located at the old 
North Bend ferry slip at Coos Bay. The Engineer advised that the Commission 
owns only one pontoon at this location, the other one referred to having been 
given to Mr. Andrew Stambuck for his vse in connection with his contract with 
the Commission for the operation of the Enegren Ferry across Coos River. He 
recommended the sale of the other pontoon to the Coos Bay Dredging Company for 
the sum of $50 in view of the fact that it is no longer of any value to the 
state and is simply deteriorating on the mud flats in North Bend. The Commis- 
sion approved the recommendation unanimously . 


The matter of permitting markers to be maintained on the Pacific 
Highwey East at the north and south entrances to Oregon City, bearing historical 
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The State Parks Superintendent, Mr. S. H. Boardman, was present and 
reported on the following park matters: 


Wayside strips along the Pendleton-John Day Highway, in Harney Coun- 
ty, between Burns and Canyon City:- The Parks Superintendent advised that it 
is possible to purchase from the United States Government under the Recrea- 
tional Act 560 acres of timber land situate in Township 21 S., Range 31 E., 
W. M., at the rate of $1.25 per acre; or, if the Commission prefers, they 
could be leased for the sum of $35 per year. He advised that this land is 
located in what is known as Poison Creek Canyon and is highly desirable as an 
addition to the state parks system, particularly in view of the fact that it 
fronts on the highway for a distance of about miles. He strongly recon- 
mended acquisition of the area by purchase at $1.25 per acre, or $700 total. 
The Commission approved the recommendation unanimously. 


Recreational area at the confluence of the Crooked River, Deschutes 
River, and Metolius River:- The Parks Superintendent advised that he has al- 
ready secured from the Federal Government a 50-year lease on a4 tract contain- 
ing 1,150 acres of land, at this location, same being secured under what is 
known as the Bankhead-Jones Farm Tenant Act, and that there is no yearly 
rental attached to this lease. Further, that he has also secured from the 
United States Bureau of Reclamation a lease covering an additional 2,852 acres 
of land at this location, for which the Government is demanding the sum of $10 
per year. However, this lease is limited to ten years. He requested instruc- 
tions whether or not to accept the property on the basis of a 10-year lease, 
and gave as his thought that such time-limit is too short to justify an ex- 
penditure of very much money for development purposes. The Commission con- 
curred in the Parks Superintendent's viewpoint and thereupon referred the mat- 
ter back to him, to secure, if possible, a 99-year lease. 


Nehalem Bay Sandspit:- The Parks Superintendent reported thet, as 
previously authorized by the Commission, he has negotiated for the acquisition 
of privately owned lots in this area and he has been able to secure from the 
Hammond Lumber Company, for the payment of $250, the equity of this company in 
Lots 5 and 6, of Section 33, Towmmship 3 N., Range 10 W., W. M. However, it 
appears that there is a tax lien against this property amounting to $542.53, 
which the Tillamook County Court feels it has no legal right to waive, but in 
liew thereof the county has expressed a willingness to donate to the state the 
S.W.2 of the N.W.} of Section 33, Township 3 N., Range 10 W., W. M., in the 
same locality, containing about 60 acres. He recommended payment of the back 
taxes on Lots 5 and 6 in order to secure full title to these lots, and accep- 
tance of the county's offer to donate the other tract in lieu of the waiver 
of the tax lien. The Commission approved the recommendation unanimously. 


Salmon River Highway timber strips:- The Parks Superintendent 
brought up for discussion matters pertaining to the acquisition from the Miami 
Corporation of timber strips along the Salmon River Highway. He advised that 
a letter has been received from Mr. L. H. Mills, representing the company, 
stating that the company would defer the sale of this timber for 4 period of 
six months from November 13, 1939, in order to give the state first opportuni- 
ty to purchase the property after Congress sas acted on the bill now before it 


until the next meeting when the Engineer is to submit a tentative form of ap- 
plication for permits covering such movements. The Secretary was authorized 
and instructed to issue permits to cover such movements as in the past until 
otherwise directed. 


The Engineer requested authority to purchase the following equip- 
nent: 


12 4-wheel drive trucks such as Fageols and Republics - 12 old 
trucks to be traded in as part purchese price. Estimated 
net total cost $54,000.00; 


2,000~gallon semi-trailers for transportation of oil. Es- 
timated total cost ¢8,820.00; 


self-contained air pressure unit, including tank and motor, 
for Santiam maintenance headquarters. Estimated cost 
$250.00. 


The Commission approved these purchases by unanimous vote; however, ordered 
that, before purchasing the air pressure unit for the Santiam headquarters, 
an examination be made of the equipment that is being acquired from Helliwell 
and Nelson in Cottage Grove in connection with a right of way transaction at 
that place, it being the thought of the Commission that this equipment should 
be used at the Santiam headquarters if it is satisfactory, rather than buy 
new equipment. 


The Commission had under discussion the matter of designating a 
route for U. S. Highway Route No. 95 through the state of Oregon. The Engi- 
neer suggested the adoption of a route which enters Oregon at a point on the 
Idaho state line, about two miles north and east of Malloy Ranch, in Malheur 
County, and extends southerly therefrom along the I.0.N. Secondary State High- 
way, a distance of about 22 miles, to the town of Jordan Valley; thence con- 
tinuing along the I.0.N. Secondary State Highway in a southwesterly direction, 
a distance of about 32 miles, to the Owyhee River bridge; thence southerly con- 
tinuing along the said I.0.N. Secondary State Highway, @ distance of about 64 
miles, to the Nevada state line at licDermitt. He advised that he discussed 
this matter with Mr. H. R. Flint, Acting Commissioner of Public Works of the 
State of Idaho, at the meeting of the American Association of State Highway 
Officials in Richmond, Virginia, and such routing meets with Mr. Flint's ap- 
proval. After discussion the Commission adopted such route by unanimous vote 
and instructed the Engincer to recommend it to the American Association of 
State Highway Officials by letter. 


The Commission considered and adopted by unanimous vote the follow- 
ing resolution abandoning & portion of the Soda Creek-Tombstone Summit Section 
of the Santiam Highway, in Linn County, such action having been recommended 
by the Engineer in view of the fact that the highway has been reconstructed on 
other alignment and that the section being abandoned is of no further value 


from the state highway standpoint: 
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information with respect to the McLoughlin Memorial Home, had the attention 
of the Commission. The Commission decided to permit such signs to be located 
on the highway at such locations provided the reading matter that is to ap- 
pear on them meets with the approval of competent authority. The Engineer 
was instructed to ask Mr. Lewis A. McArthur, President of the Oregon Histori- 
cal Society, to prepare such reading matter and to submit same to the commit- 
tee in charge of the McLoughlin Memorial Home before these signs are erected. 


A letter was presented from Mr. Jack Burton, Wallowa, requesting 
permission to plant clover seed on two small parcels of state-owned property 
adjacent to the Wallowa Lake Highway at the west city limits of Wallowa. The 
Commission deferred its decision on this matter pending investigation and re- 
port from the Engineer as to what is a fair rental value to place on the prop- 


erty. 


The Commission had under discussion a request from Mr. Blaine Stan- 
ley, Woodburn, for permission to drain into the state highway ditch, on the 
Pacific Highway north of Hubbard, water from a swimming pool which he proposes 
to construct near the highway at this location. The Engineer advised that in- 
vestigation reveals that if the water from this pool is emptied into the high- 
way ditch it will have to be carried along the highway for about one-half mile 
and then along the county road for about three-quarters of a mile before it 
could find a natural outlet. It was his thought that approval of the request 
would establish a very undesirable precedent and would possibly evoke criti- 
cism from adjacent property owners and the Merion County Court. He recommended 
pw A request be denied. The Commission approved the recommendation unani- 
mously. 


The Commission discussed several pictures of Indian houses at Priest 
Rapids, Washington, received from Mr. C. 0. Bunnell, Farm Service Supervisor 
of the Pacific Power and Light Company, as a suggestion for the improvement 
of the Indian village located adjacent to the Columbia River Highway at Celi- 
lo, Wasco County. The Commission referred the matter to the Engineer to dis- 
cuss with the Indian Agent in charge of this Indian village. 


The Commission considered and denied a request from County Judge A. 
R. Bowman, Crook County, for state aid in the cost of illuminating the state 
highway in Prineville, it appearing to the Commission that this is strictly a 


city responsibility. 


The Engineer reported that in accordance with authority previously 
him by the Commission he awarded on November 10, 1939, to Leonard & 
Slate, the contrect for grading and paving the West Unit, Grants Pass-Green 
Springs Section of the Pacific Highway, in Josephine County, Leonard & Slate 
having submitted the low bid for this project on November 3, 1939, and the 
conditions of the award having been satisfied. The Commission by unanimous 
vote confirmed the award as reported. 


The Commission discussed briefly the matter of granting special per- 
mits for the transportation, over state highways, of loads longer than the 
length limits specified by statute. A decision in this matter was deferred 


State Highway Engineer, and is dated October 10, 1939, upon which 
map or exhibit there is reflected the above described parcel of 
land by showing the same shaded in red. 


2. In the event there remains any physical connection , 
between any portion of said abandoned right of way or highway and 
the present highway, and by reason of such physical connection 
traffic from the existing highway may enter or use the said aban- 
doned portion of the said old road to the possible damage or in- 
jury of such traffic by reason of any unsafe condition existing 
with respect to seid old or abandoned road, then the State Highway 
Engineer is hereby authorized and directed to erect such barricade 
or other safeguards as may be necessary to protect and safeguard 
traffic using and employing said newly located, constructed and 
dedicated section of said highway. 


ye 


* 


3. That this resolution be entered in the minutes and 
records of the Commission and a certified copy thereof promptly 
delivered to the County Court of Linn County, together with a 
copy of said map or exhibit, for such action as said County Court 
may desire to take with respect to said fragment of land, and should 
said abandoned section of the right of way of said highway be fur- 
ther employed for public or private highway purposes such use shall 


be entirely under the control and supervision of the County Court of 
Linn County and beyond any responsibility or supervision by the 
State Highway Commission, 
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The Secretary presented a letter from the Weston Chamber of Commerce 
inviting the members of the State Highway Commission to attend a get-together 
meeting of members of the Chambers of Commerce in the vicinity of Weston on 
November 29, 1939, to celebrate the oiling of the Weston-Elgin Secondary State :2 
Highway. It was decided that Commissioners Aldrich and Clough and the State 4 
Highway Engineer should attend this meeting. 


A letter was presented from the Port of Arlington Commission request- 
ing the designation and improvement as & State secondary highway of the ; 
county road which extends from Morgan in Morrow County to Arlington in Gilliam ’ 
County; also asking the Commission to authorize a reconnaissance survey of 
this road at an early date. In the discussion of this matter it was pointed 
out that this road carries very little traffic at the present time. The Com- 
mission decided that it was not justified in spending state funds for the im- } 
provement of the road until the traffic develops; also that, in conformity ; 
with the established policy, a request for such secondary highway designation Dae 
should be initiated by the county courts concerned. The Secretary was in- he 
structed to so inform the Port of Arlington Commission. 


A petition was presented from property owners and residents adja- : 
cent to the Pacific Highway south of Salem requesting a change in the pro- j 
posed grade line of the highway improvement that is under way at this loca- 
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WHEREAS, in order to afford a better alignment and a more 
satisfactory, safe and convenient highway for the traveling public, 
the Commission found it necessary to relocate a porticn of the Soda 
Creek-Tombstone Summit Section of the South Santiam Highway in Lim 
County; and 


WHEREAS, by reason of said relocation and reconstruction of 
the said section of said highway there was eliminated and made un- 
necessary as a part of the permanent highway a certain section or 
part thereof, which section is more specifically defined and desig- 
nated hereinafter in this resolution; and 


WHEREAS, it is the judgment end opinion of the Commission 
that there should be recorded in the minutes and records of the Com- 
mission its purpose and plan to abandon as a part of the said state 
highway the fragment or portion of right of way hereinafter desig- 
nated and heretofore included within the area of the right of way of 
the said highway as formerly located, improved and used; 


NOW, THEREFORE, the premises being in general as above 
stated, it hereby is resolved by this Commission, all members being 
present and affirmatively participating, as follows: 


1. That the fragment of land confined within the area of 
land hereinafter designated, which fragment or parcel of land was 
formerly within the limits of the right of way of the Soda Creek- 
Tombstone Summit Section of the South Santiam Highway in Linn County, 
but is now without the limits of the right of way of said highway as 
said highway has been relocated and constructed, be and said fragment 
or parcel of land or portion of the old right of way is abandoned as 
a part of the right of way of said highway, and said fragment or 
parcel of land or old right of way is, so far as control and super- 
vision by this Commission is concerned, eliminated and left to re- 
vert to the adjoining and abutting property owners or to the control 
and supervision of the County Court of Linn County for highway or 
other public purposes as the Court may determine. The fragment or 
parcel of land affected by this resolution is defined and described 
as follows, to wit: 


That certain section of the old right of way of 
the Soda Creek-Tombstone Summit Section of the South Santi- 
am Highway lying between mile post 52 and mile post 65 of 
the reconstructed highway. 


The location of said abandoned right of way may be more definitely 
and particularly ascertained and determined by reference to a map 
or blueprint, marked "Exhibit A", attached hereto and by this ref~ 
erence made a part hereof, which said exhibit for identification 
purposes bears the signatures of F, D. Eason, Division Engineer, dH. 
G. Smith, Construction Engineer, and C. B. McCullough, Assistant 


Map filed in Right of Way Abandonment and Retention file - No. 68 


at the intersections of Main Street with Fifth, Seventh, Tenth and Fourteenth 
Streets, in Oregon Citys- The Engineer recommended postponement of action on 
this request until the new highway through Oregon City is completed. The Com- 
mission approved the recommendation. 


Request of the City of Oswego for installation of a traffic light 
on the Oswego Highway, The Engineer recommended that the request be denied 
but that the city adopt an ordinance making certain changes in its speed regu- 
lations. The Commission deferred its decision pending further investigation 
by the Engineer. 


Request of the City of Ontario for the installation of a traffic 
signal at the intersection of Oregon and Idaho Streets in Ontarios— The Engi- 
neer gave as his thought that the expense of a traffic signal at this loca- 
tion is not warranted. He recommended in lieu thereof the installation of a 
flashing beacon estimated to cost $250. The Commission approved the recom- 
mendation. 


Request of the City of Clatskanie for installation of a flashing 
beacon on the Lower Columbia River Highway at the intersection of Bridge 
Street, Front Street and Nehalem Street, in Clatskanie:- The Engineer recom- 
mended approval of this installation which he estimated would cost approxi- 
mately $250. The Commission approved the recommendation unanimously. 


Request of the City of Portland for the installation of a traffic 
light at the intersection of N. E, 82nd Street, N. E. Halsey Street, and 
N. E. Jonesmore Street, Portlands- The Engineer recommended the installation 
of an overhead flashing light costing approximately $250. The Commission ap- 
proved the recommendation unanimously. 


Request of Oregon College of Bducation at Monmouth for the installe- 
tion of traffic signals on the Pacific Highway West in front of the school 
campust- Action on this matter was deferred pending consultation with Dr. Cc. 

A. Howard, President of the School. The matter was referred to the State High- 
way Engineer to handle personally. 


The Commission had under discussion a letter from the City of Med- 
ford making formal application for permission to install a traffic signal at 
the intersection of Sixth Street and Central Avenue in Medford. The Engineer 
advised that the city has agreed to install a signal similar to and in con- 
formance with the other signals that have been installed in their city, with 
the exception that they are planning their wiring so that this particular sig- 
nal may be disconnected whenever they so desire; also that the installation 
will be made and operated at no expense to the state whatsoever, and that the 
only reason the city is asking the Commission's approval is because that is 
required by statute, particularly by Section 55-2002, Oregon Code 1935 Supple- 
ment. He recommended a>proval of the city's request subject to the condition 
that the equipment installed conforms to state's standards and that it be 
synchronized with the signal at the adjacent intersection of Main Street with 
Central Avenue. The Commission approved the recommendation unanimously. 
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tion. This matter was referred by the Commission to the Engineer to discuss 
with the petitioners ami report back to the Commission if necessary. 


The Commission had under discussion a letter from Senator W. H. 
Strayer requesting that the name of the Old Oregon Trail be shown upon the of- 
ficial highway map of Oregon, and particularly calling attention to Section 
44-1203, Laws of Oregon for 1930, in regard thereto. The Engineer was in- 
structed to discuss this matter with Senator Strayer and to call his atten- 
tion to the action taken by the Commission on the previous day authorizing 
the erection of signs pointing out historical locations slong this highway. 


The Commission discussed and deferred for future consideration a 
petition from residents of Curry County requesting miscellaneous improvements 
to the Oregon Coast Highway in that county. 


The Commission also discussed and ordered filed a letter from the 
City of The Dalles advising that the city has granted to local merchants and 
city clubs permission to decorate the city streets, including the state high- 
way route through the business district of The Dalles, during the coming Holi- 
day Season and further advising that the city assumes all liability and pro- 
tects the state from any claims that may arise by reason thereof. 


The Engineer reported on the following requests for installation of 
+ traffic signals, traffic lights, et cetera: 


Request of the City of Tillamook, through its Street Commissioner, 
for treffic signals (stop and go)s- The Engineer advised that a survey of con- 
ditions at this place indicates that the expense of such installation is not 
justified and it is his recommendation that the request be denied. The Com- 
mission approved the recommendation with the understanding that the matter 
would be reconsidered when the traffic problem warrants. 


Request from the City of Cornelius for installation of a flashing 
beacon on the Tualatin Valley Highway:- The Commission denied the request on 
recommendation of the Engineer. 


Request of the South Lane-North Douglas 99 Highway Improvement 4s- 
sociation and the Cottage Grove Chamber of Commerce for the installation of 
a flashing beacon in Cottage Grove. The Engineer recommended that the request 
be denied in view of the possibility of the relocation of the highway at this 
place, amd that the condition be temporarily handled by signs. The Commission 
approved the recommendation. 


Request from the Central-East Portland Community Club for the in- 
stallation of traffic lights at the intersection of N. E. Union Avenue ani 
Vancouver Avenue, in Portland. The Engineer recommended denial of this re- 
quest, the survey indicating that the expense is not justified, but that a 
traffic island be constructed in lieu thereof. The Commission approved the 
recommendation. 


Request of the City of Oregon City for traffic signal installations 


highway projects have been completed according to the terms and 
provisions of the contracts and said jobs are now ready for ac- 
ceptance: 


Contract No. 2120, with C. J. Montag & Sons, for 
construction of Main Street Undercrossing in Klamath 
Falls, Klamath County. Completed November 17, 1939. 


Contract No. 2170, with Clifford A. Dunn, for grade iz): 
widening, surfacing and oiling, also furnishing crushed : 
rock in stock piles, on the Baker Gulch-Lick Creek Sec- 
tion of the Little Butte Secondary Highway, in Jackson 
County. Completed September 29, 1939. 


for the construction of a bridge over Wilson River, and 
grading, surfacing, and oiling approaches thereto on the 
Mills Bridge Section of the Wilson River Highway, in Til- 
lamook County. Completed November 14, 1939. 


. 
; 
Contract No. 2172, with Jecobsen-Jensen Company, j 4 


Contract No, 2176, with Leonard & Slate, for grading, 
surfacing, and oiling on the Charleston-Sunset Bay Sec- 
tion of the Cape Arago Secondary Highway, in Coos County. 
Completed October 28, 1939. 


Contract No. 2179, with Birkemeier & Saremal for con- 
struction of the Interstate Avenue Lighting Project, on * 
the Pacific Highway West, in the city of Portland, Multno sah i 
County. Completed October 31, 1939. 


Contract No. 2197, with Odom Construction Company, 
for the construction of the Santiam Junction maintenance 
buildings on the Santiem Highway, about 26 miles west of 
Sisters, in Linn County. Completed November 2, 1939. 


Contract No. 2206, with D. L. Ashton, for roadside im- 
provement on the Smith Point-Youngs Bay Bridge Section of in 
the Oregon Coast Highway, in Clatsop County. Completed e 
November 4, 1939. 


Contract No. 2225, with Leonard & Slate, for grading 
the South Unit, Albany Section, of the Pacific Highway 
East, in Linn County. Completed November 7, 1939. 


THEREFORE, BE IT RESOLVED, that the work covered by said ee | 
state highway contracts for the construction of said state highway 9 
projects be declared completed according to the terms of the re- 7 f ; 
spective contracts, and said jobs are hereby accepted and final 
payment in connection with each is hereby authorized. 


el 


The Commission hed under discussion the following requests for ex- 
tensions of time within which to complete highway construction projects: 


Clifford A. Dunn, contract No. 2170, for regrading, 
surfacing and oiling the Baker Gulch-Lick Creek Section of the 
Little Butte Secondary Highway, in Jackson County, requested an 
extension of time from September 15 to September 29, 1939, within 
which to complete this job. He attributed his failure to complete 
this project within the specified time limit to rainy weather 
which interfered with oiling operations. The Engineer advised that 
_ this contract was awarded on April 7, 1939, but Mr. Dunn did not 
commence construction until June 27, 1939, and then worked only a 
few days when operations were stopped until August 1 because of 
lack of proper equipment. He further advised that in his estima- 
tion rainy weather is not a legitimate reason for failure to com- 
plete the project within the specified time limit. He recommended 
that the extension of time now requested be granted but that the 
contractor be required to reimburse the state for the extra engi- 
neering expense incurred subsequent to the date of completion 
specified in the contract. A letter was presented from the District 
Engineer of the Public Roads Administration concurring therein. The 
Commission approved the recommendation unanimously. 


Leonard & Slate, contract No. 2176, for grading, surfac- 
ing and oiling the Charleston-Sunset Bay Section of the Cape Arago 
Secondary Highway, in Coos County, requested an extension of time 
from September 30 to October 28, 1939, within which to complete 
this project. They gave no reason for their failure to complete 
the project within the specified time limit. The Engineer advised 
that this contract was awarded on April 28, 1939, and work was 
started on May 8, 1939. The chief reason for the contractors’ 
failure to complete the job within the mecified time limit, he 
said, was that they were required to install some 1200 lineal feet 
of drain tile which was not included in the contract but was per- 
formed under special price agreement. It was his thought that the 
contractors are entitled to an extension of time to October 21, 
1939, without penalty but that they should be charged with the en- 
gineering expense incurred subsequent to that date and he so recom 
mermded. A letter was presented from the Public Roads Administra- 
tion concurring therein. The Commission approved the recommenda- 
tion unanimously. 
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The Engineer reported that Contracts Nos. 21<0, 2170, 2172, 2176, 
2179, 2197, 2206, and 2225, for the construction of state highway. projects 
have been completed according to the requirements of the contracts or modifi- 
cations thereof, and that said jobs are ready for acceptance. The follow- 
ing resolution accepting the above projects was offered and was adopted by 
the unanimous vote of the Commission: 


WHEREAS, the Engineer has reported that the following 
State Highway Commission contracts for the construction of state 
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Portland, Oregon, December 7, 1939 


The State Highway Commission met in regular session at 9:00 o'clock 
a. m. in the auditorium of the Public Service Building. Present were: 


Henry F. Cabell, Chairman 

E. B. Aldrich, Commissioner 

Huron W. Clough, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


Bids as follows for highway construction projects and for moving 
and sale of buildings were opened and read in conformance with previously pub- 
lished notice, following which Chairman Cabell announced that the awards would 
be made at 3:00 o'clock p. m. in the same room: 


BAKER-HOMESTEAD HIGHWAY 
BLACK BRIDGE-RICHLAND SECTION 
SURFACING, OILING, CRUSHED GRAVEL IN STOCK PILES 


Morrison-Knudsen Company $ 26,240.00 
Newport Construction Company 26,642.99 
Babler Bros. 30,451.00 
Norris Bros. 30,881.50 
McNutt Bros. 30,893.50 


PENDLETON—JOHN DAY and BEECH CREEK HIGHWAYS 
MOUNTAIN REST-MT.VERNON ROCK PRODUCTION PROJECT 


F. R. Hewett $ 9,750. 
A. S. Wallace 9 


PACIFIC HIGHWAY 
SISKIYOU-STATE LINE SECTION 
BITUMINOUS MACADAX SURFACING; CRUSHED ROCK IN STOCK PILES 


Roy L. Houck $108,174.00 
Clifton & Applegate 117,373.00 
Babler Bros. 119, 769.00 
J. C. Compton 122,943.00 
Fisher Bros. 127,457.50 
McNutt Bros. 128,135.00 
E. C. Hall Company 128,496.50 
A. Milne 130,189.00 
Homer G. Johnson 132, 740.50 
Newport Construction Company 144, 765.30 
R. 0. Dail & Warren Bros., Inc. 153,705.80 
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The Commission considered and signed agreements, et cetera, as fol- 


Agreement with contractors Saxton, Looney & Risley disposing 
of their claim for extra compensation arising out of their contract 
No. 2145 for furnishing crushed materials in stock piles for the 
Butte Creek Summit-Branson Creek and Flat Creek-John Day Sections 
of the John Day Highway, in Grant and Wheeler Counties. 


Easement providing for use of a detour road across property 
owned by Raleigh Matthews and wife, in Jackson County, being right 
of way transaction No. 7227+ 


Bargain and sale deed conveying unto Charles Childs certain 
located in Lot 7, Block A, Central Addition to the City 
of Albany, being right of way transaction No. 6377 and No. 6378. 


Bargain and sale deed conveying unto the Oregon Washington 
Railroad and Navigation Compary and the Northern Pacific Company two 
standard gauge railroad tracks and appurtenances which were con- 
structed by the State Highway Department in connection with the Pen- 
dleton Railroad Grade Separation Project pursuant to terms of an 
agreement between the State Highway Commission, the City of Pendle- 
ton, the Oregon Washington Railroed and Navigation Company, the Un- 
fon Pacific Reilway Company, and the Northern Pacific Railway Com- 
pany, dated May 1, 1936, being right of way transaction No. 2676. 


Warranty deed conveying unto the Oregon hashington Railroad 
and Navigation Company and the Northern Pacific Railway Company 
certain property in Lots 7 and 8 of Block I, South Pendleton, Lot | 
4, Block H, of Reservation Addition to Pendleton, Lot 6 of Block I, | 
South Pendleton, and other property, pursuant to terms of an agree- 
ment between the State Highway Commission, the City of Pendleton, | 
the Oregon Washington Railroad and Navigation Company, the Union 
Pacific Railway Company, and the Northern Pacific Railway Company , 
dated May 1, 1936, being right of way transaction No. 2676. 


There being no further business to come before the Commission at this 
time the meeting was adjourned at 4:00 o'clock p. m 
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State Highway Engineer Commissioner 
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(Viaduct over Devils Lake Fork of Wilson River, continued: ) 


C. J. Montag & Sons $201,974.50 
L. H. Hoffman 103,378.00 
Jacobsen-Jensen Company 106,805.00 
Birkemeier & Saremal 107,640.00 
The Gilpin Construction Company 112,410.00 


C. J. Eldon 124,915.50 
OF 
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BUILDING NO. 7001 
(Former Owner Frona K. Williems) 
Sullivan Wrecking Company $92.72 


BUILDING NO. 7001 & LOT 
(Former Owner Frona K. Williams) 


H. v. Kruse $1,754.00 
Harold J. Heffron 1,100.00 
W. I. Lacey 911.00 
Bert C. Rue 760.00 
Leonard S. Davis 561.00 
Sullivan Wrecking Company 151.00 


BUILDING NO. 6940 
(Former Owner C. H. Pfaffle) 
H, N. Peabody $75.00 
Sullivan Wrecking Company 2.17 


BUILDING NO. 6998 
(Former Owner Vivien H. North) 
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Loyd and Ruby Robinett $1,000.00 
H. B. Tigard 915.00 
Bert C. Rue 655.00 
John F. Mills 410.00 
Leonard S. Davis 161.00 


Sullivan Wrecking Company 103.97 


BUILDING NO. 6924 
(Former Owner Joseph D. Foley Estate) 
Sullivan Wrecking Company $2.07 


BUILDING NO. 6980 
(Former Owner Enil Johnson) 
Madson & Picha £122.00 
Sullivan Wrecking Company 85.59 


BUILDING NO. 7040 
(Former Owner Shubring and Biederman) 
Les Gray $201.50 
Sullivan Wrecking Company 41.99 
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COW HOLLOW CREEX-OWYHEE SCHOOL SECTION - GRADING 
M. L. O'Neil & Son 


JORDAN CREEK~McNAMERS 
SURFACING, OILING, CRUSHED MATERIALS IN STOCK PILES 


“P58. 


Newport Construction Company 32,034.00 
Babler . 2 @ @ 
Fisher Bros. 32,919.00 
H, L. Rice 33,455.00 
Homer G. Johnson 34,507.50 
Dolan Construction Company 35, 761.00 
R. 0. Dail & Warren Bros., Inc. 36,174.00 
0. C. Yocom » 860.00 
McNutt Bros. 41,100.00 
WILSON RIVER HIGHWAY 
VIAPICT OVER DEVILS LAKE FORK OF WILSON RIVER 

McNutt Bros. 


Bennett & Taylor 
Kuckenberg Construction Company 


(Continued on next page) 


33,713.10 


36,401.70 
43,360.00 


» 501. 


$ 98,232.50 


100,959.00 
101, 532400 


(Sale of buildings in Cottage Grove, continued: ) 


BUILDING NO. 5693-A 
(Former Owner First Free Methodist Church) 
Free Methodist Church 


George Lammers 
J. E. Soric and Roy Crowe 


BUILDING NO. 5693-B 
(Former Owner First Free Methodist Church) 
Free Methodist Church 
George Lammers 
Robert L. Kruse 
J. E. Soric and Roy Crowes 


OF IN _ALBaN 


BUILDING NGO, 5&5 
(Former Owner Forrest Barker) 


Forrest Barker 
Edward Falwell 
J. H. Robison 
Ben F. Rozelle, Jr. 


BUILDING NO. 6378 
(Former Owner Lee Hurst) 


BUILDING NO. 6382 
(Former Owner R. B. McCalley) 


BUILDING NO. 6396 
(Former Owner J. L. Richardson) 
Chas. Childs 
Wilbur Stead 
Ben F. Rozelle, Jr. 


AN. j G METHODIST EPISCOP. 


Contracting and Sales Company $5,927.00 
V. W. Mason 6,385.00 


(Continued on next page) 
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BUILDING NO. 6943 
(Former Owner E. C. Hunziker) 


BUILDING NO. 6983 
(Former Owner Emil Johnson) 


John Scheckla $125.00 
Madson & Picha 53.00 
Sullivan Wrecking Company 3.79 


BUILDING NO. 6945 
(Former Owner MacCormac Snnw) 


Francis J. Scheckla $95.00 
Madson & Piche 53.00 
Sullivan Wrecking Company 33.49 


BUILDING NO. 6937 
(Former Owner Chas. F. Kuenzler) | 


John Scheckla $75.00 

Madson & Picha 53.00 

Sullivan Wrecking Company 29.97 
SALE OF BUILDINGS IN COTTAGE GROVE 


BUILDING NO. 5643 
(Former Owner Mark Woodruff) 
George Lammers $12. 
J. E. Soric and Roy Crowe 1 


BUILDING NO. 5644 
(Former Owner Francis M. Turner) 
George Lammers $36.00 
J. E. Soric and Roy Crowe 1.00 


BUILDING NO. 5650 
(Former Owner Frank H. Snodgrass) 
George Lammers $66.00 
J. E. Soric and Roy Crowe 1.00 


BUILDING NO. 5653 
(Former Owner C. A. McFarland) 
George Lammers $26.00 
J. E. Soric and Roy Crowe 1.00 


BUILDING NO. 5692 
(Former Owner Geo. M. Hawley) 


rin one peru 


George Lammers 
J. E. Soric and Roy Crowe 1.00 
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demand of $60,000. He further stated that one of the attorneys for the de- 
fendant has indicated that this decision will not be appealed in the event 
that the state will pay 50 per cent of the cost of the defendant's witnesses, 
which aggregates $1,355.20, the state's share thus being $677.60. He ex- 
plained that the state is not legally obligated to pay any portion of such 
expense, but, in his estimation, it would be advisable to do so in this in- 
stance in order to avoid an appeal to the higher court, which would necessari- 
ly delay further the construction of the Oregon City project. After discus- 
sion the Commission voted unanimously to assume the payment of one-half this 
witness expense, which would amount to $677.60, provided it is legal. The 
Attorney advised that the Commission could legally do so. 


Dr. Joseph D. Sternberg, Portland, came before the Commission in re- 
gard to a right of way matter at Albany. It appears that Dr. Sternberg owns 
certain property near the north city limits of Albany, particularly at the 
junction of the Pacific Highway East with the Albany Airport Road, and that 
in order to extend the Albany improvement of this highway it is necessary to 
acquire a nerrow strip of Dr. Sternberg's property fronting on the present 
highway. Further, that the state's right of way agent has offered to pay to 
Dr. Sternberg $100 per acre for the two acres involved, which is in conformity 
with prices paid for other property in that vicinity; but Dr. Sternberg feels 
that such price is far below the actual value of the property and is demanding 
$500 per acre for his land. This matter was discussed at considerable length 
but the Commission deferred its decision pending personal inspection of the 
premises by Commissioner Clough, to whom the matter was referred. 


Mr. Jim Nutter, Public Relations Director, Timberline Lodge, Inc., 
came before the Commission and advised that the United States Post Office De- 
partment has established a postoffice at Timberline Lodge and, in view thereof, 
it is the opinion of the Directors of Timberline Lodge, Inc., that the sigs 
bearing the wording "Timberline" which have heretofore been erected by the 
state to direct traffic to Timberline Lodge should be changed to read "Timber- 
line Lody;:" at such time as the signs are renovated. The Commission took no 
action on this matter. (This matter was reconsidered and approved by the 
Commission at the December 20th meeting.) 


The State Parks Superintendent, Mr. S. H. Boardman, was present and 
reported on the following park matters: 


Offer of Mr. Elmer Bankus, Brookings, to donate to the state a 5- 
acre tract of land fronting on the Pacific Ocean at Brookings:- The Parks Su- 
perintendent recommended that the offer be refused in view of the fact that 
the state now owns two parks in the vicinity of Brookings,- one mmown as Har- 
ris Beach Park and the other as Azalea Park, and for the further reason that 
Mr. Bankus's property is situate practically in the town of Brookings, and, in 
his estimation, its preservation for park purposes is strictly a local matter. 
The Commission approved the recommendation. 


Proposal of Mr. Fred Reynolds, Lakeview, for the establishment of a 
drinking fountain on the Fremont Highway about 14 miles north of Lakeview:- 
The Parks Superintendent advised that Mr. Reynolds owns some land adjacent to 
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(Moving Methodist Episcopal Church in Tigerd, continued: ) 


With full basement mith Serpe Bee 
Odom Construction Company $7, 364.00 » Mhd,e 00 
Lebeck & Sons 8,484.00 7,494.00 


The Engineer reported results of negotiations with the United 
States War Department pertaining to the construction of the Oak Hill-Venete 
Section of the Route "F" Highway, in Lane County, with particular reference to 
the attitude of the War Department with respect to the assumption of the extra 
cost of doing this work in view of the proposed construction of the Fern Ridge 
dam and reservoir. He advised that this matter has been discussed at numerous 
times and that he has a letter in his files signed by Mr. C. I. Grimm, Chief 
Civilian Engineer, dated July 29, 1938, stating that the War Department can 
find no legal obstacle to the matter of reimbursement to the state for expendi- 
tures made in connection with construction of the highway at en elevation above 
the high water that would be created by the dam, when funds are available; how- 
ever, at a more recent conference with War Department officials, he was informed 
by Captain Berrigan that it would be impossible for the War Department to pay 
any portion of this expense, as, under the law, they could not pay for any high- 
way that was not already constructed, although they would reimburse Lane Coun- 
ty,for the county roads which were inundated,to the extent of the value of the 
existing facilities. This matter was discussed at considerable length and as 

a result the Engineer wes instructed to secure a statement in writing from the 
War Department indicating briefly the extent to which the War Department will 


cooperate in this project. 


The Attorney brought up for discussion matters pertaining to the 
Commission's condemation suit against the Security and Investment Company of 
Oregon City for right of way needed for the Pacific Highway East along Water 
Street in Oregon City. He advised that this matter has come to trial and that 
a decision has been rendered, by which the jury has allowed the company the 
amount of $26,500 as compared to the state's offer of 920,000 and the company's 


| 
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purchase of land only. After discussion, the Commission authorized the Right 
of Way Department to negotiate for the purchase of the property on such basis. 


The Engineer reported on the request of residents of South Roseburg ~* a. i 
for the improvement of the connecting road between the Pacific Highway and ia 
South Main Street, Roseburg. He advised that investigation reveals that the , 
connection in question includes a portion of the old Pacific Highway, being 
exactly the same route and traffic way that these people had before the high- LS 
way was realigned. He further advised that it is contemplated to construct i 
a@ guard fence along the face of the cut for the protection of traffic, and, | 
in his estimation, when such work is completed, the road will be adequate for : 
the very limited amount of traffic that will use it. He recommended, in view ' 
thereof, that no expenditure for the improvement of the section be made at im 


this time except that necessary in connection with the guard fence construc- oa 


Nee 


tion. The Commission approved the recommendation unanimously and instructed ted 
the Secretary to so inform the petitioners. q 


The Attorney brought up for discussion the matter of reimbursing Be- x 
ker County for a portion of the expense that the county incurred by reason of ey 
an accident that occurred on the Sumpter Valley Railroad in August 1937. He . 
recalled that the Commission at a previous meeting authorized the payment of 
a portion of this expense with state highway funds, and accordingly a voucher 
in the amount of $1,248.50 was prepared. Such voucher, he said, was exy:cuted fe 
by the Commission and was transmitted to the Secretary of State for payment. q 
However, because of a legal technicality, the Secretary of State refuses to af} 
honor the voucher, it appearing that the state was not made a party to the 
suit. He confirmed the Secretary of State's stand in the matter and request- 
ed instructions as to how to proceed. In the discussion of this matter the 
Commission reaffirmed its previous stand that the state is more or less obli- 
gated to pay a portion of this expense in view of the fact that it involves y 
a state secondary highway, and decided, in view thereof, to interpose no ob- ae 
jection if Baker County will present its claim to the 1941 legislature for 
payment out of state highway funds. The Attorney was instructed to so inform 
the Baker County Court. 
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The Attorney reported the results of investigations of the apparent 
delinquencies on the part of certain county officials with respect to the ren- 
dering of reports on and the remitting of fines imposed for violations of the 
motor vehicle laws of this state. He said that he is certain from such in- 
vestigation that the state highway fund is not receiving fair treatment, but 
so far as he is able to ascertain there are no existing laws which could be 
referred to in remedying the situation. It was his thought that the Commis- 
sion should secure new legislation covering the matter if possible. The Com- 
mission concurred and thereupon by unanimous vote instructed the Attorney to 
prepare an appropriate form of legislation for presentation to the 1941 legis- 
la 


Consideration was given by the Commission to the claim of A. B. 
Chapman for losses incurred by him when he drove his car into a state highway 
department sanding truck on the Green Springs Highway on January 23, 1939. 
Action on this matter was deferred by the Commission pending an investigation 
by the Engineer as to the facts of the case. 
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the highway at this int on which there exists an artesian well, and he has 
volunteered to provine water for a drinking fountain on the highway right of 
way for general public use if the state will construct the fountain. The 
Parks Superintendent recommended acceptance of Mr. Reynolds's offer. The 
Commission approved the recommendation by unanimous vote subject to the con- 
dition that the fountain erected on the present highway fit in with the pre— 


posed new highway location. 


Offer of Mr. B. E. Smith to sell to the state for the sum of 
$3,250.00 a l40-acre tract of land situate adjacent to the Oregon Coast High- 
way just south of the state park that was acquired from the Pratt interests, 
in Lane County, more particularly between the present state park and Bob 
Creek, in Sections li, 15, and 22, Tomship 15 8., Range 21 We, W. M.:- The 
Parks Superintendent advised that this property has very little value from 
the state parks standpoint. Further, that the acquisition of the same was 
previously considered by the Commission and was eliminated in favor of a more 
desirable tract in Curry County, there being insufficient funds available to 
finance the purchase of both tracts. He recommended that the state do not 
buy the Smith tract at this time. The Commission approved the recommendation. 


Lease of 2,800 acres of government-owned land from the United States 
Reclamation Service at the confluence of the Deschutes River, Crooked River, 
and Metolius River, in Jefferson County:- The Parks Superintendent advised 
that the Reclamation Service will not grant a lease for a period longer than 
10 years, which is insufficient time for the proper development of the area; 
further, that, as previously instructed by the Commission, he made inquiry as 
to the possibilities of securing a lease for 99 years and received a reply 
from Mr. John C, Page, Commissioner of the Bureau of Reclamation, as follows: 
“If upon termination of the lease in 1949 the land is still needed for recla- 
mation purposes, the Commission can rest assured that a continuation of the 
lease will receive careful consideration in the light of the existing condi- 
tionss In the event the lands are released from the reclamation withdrawal, 
the Oregon State Highway Commission could file its application to lease the 
said area under the Act of June 14, 1926 (44 Stat., 741)." The Commission by 
unanimous vote approved the lease of this property for a 10-year period under 
the above condition, but instructed the Parks Superintendent to secure, if 
possible, a stipulation in writing that at the expiration of the lease in 1949 
the State Highway Commission would be given first consideration in the renewal 
thereof. He was also authorized to proceed with the development of the proper- 
ty with C.C.C. forces regardless of whether or not he is able to secure a lease 
of longer duration than 10 years. 
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Purchase of 20-acre addition to Ecola State Park, in Clatsop County:- 
The Parks Superintendent reported that in order to protect the water supply to 
Ecola State Park it would be necessary to acquire from the Crom Willamette 
Company a 20-acre tract of land described as the N.} of the N.E.> of the S.E.¢ 
of Section 1s, Township 5 N., Range 10 W., W. M. He advised that, while the 
tract is heavily wooded, the timber is of little value from the conservation 
standpoint, particularly because the timber on the adjoining property has been 
logged; also, that if the property is owned by the state, he could develop it 
with C.C.C. forces. He recommended acquisition of the tract on the basis of 
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slopes away to the east the ditch is not well defined and as @ consequence 
water drains across Mr. Fisher's field through a small creek on the east side 
of the highway. It would be possible, he said, by constructing a rather deep 
ditch along the section where no ditch now exists, and by reconstructing the 
existing ditch, to carry the drainage water from the highway past Mr. Fisher's 
place to a small creek about 0.4 mile distant. However, this would involve 
considerable expense and would require considerable maintenance. He gave 4s 
his thought that it is not the state's obligation to drain the highwey in 
this manner, particularly in view of the fact that the condition complained 
of has existed for many years. A decision in this matter was deferred by the 
Commission pending personal inspection on the ground by Chairman Cabell. 


Mr. Irving Rand, Portland, came before the Commission in regard to ~ 
maintaining travel on the Sumpter Valley Secondary State Highway, in Baker 
County, during the coming winter. He advised that there is considerable 
mining activity in the vicinity of the town of Granite and that concentrates 
must be trucked over this road to Baker continuously, which cannot be done 
unless the road is kept free of snow. He further advised that arrangements 
have already been made to keep the road open between the end of the state sec- 
ondary highway and Granite but they need the state's cooperation in maintain- 
ing travel over the secondary highway. He pointed out that this is the only 
outlet to Baker for the people of Granite and that if the road is kept open 
it will greatly benefit them as well as the mining companies. The Ingineer 
advised that the state secondary highway is now kept open each winter as far 
as the tow of Sumpter and that the approval of Mr. Rand's request would sin- 
ply mean the extending of snow removal operations a distance of about 4 miles, 
which he thought would cost about $500, using push-plow equipment. He recom- 
mended approval of the request as long as the section beyond the secondary 
highway is kept open for travel. The Commission approved the recommendation 
unanimously 


A delegation representing the Oregon Coast Highway Association and 
consisting of the following: A. B. Sanders, Executive Secretary; Henry G. 
Kern, President; Clarence Coe, Treasurer; County Judge A. H. Boice, Curry Coun- 
ty; Representative Roy Carter, Gold Beach; and J. E. Norton, Coquille, ap- 
peared before the Commission in the interests of the Oregon Coast Highway. 

Mr. Sanders headed the group and introduced the speakers. He advised that the 
Oregon Coast Highway Association has gone on record as being opposed to open- 
ing the Neahkahnie Mountain Section of the Oregon Coast Highway to travel un- 
til the last section thereof has been graded to proper standards. He advo- 
cated the placing of barricades across each end of the section now under con- 
struction and urged the Commission to complete the construction of this unit 
during the 1940 season. 


Chairman Cabell advised that the State Highway Commission is receiv- 
ing bids on the following da for the grading of the final section of this 
road. He approved Mr. Sande.s' suggestion relative to the maintenance of bar- 
ricades until the grading work is completed but added that it did not seem 
possible at this time to do the surfacing in 1940 because of the interference 
that would be caused if the grading and the surfacing work were under way si- 
multaneously. It was his thought that the surfacing and oiling could not be 
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The Commission also considered and denied the claim of the Miles 
Otis Estate, in the amount of $5,000.00, arising out of an accident that oc- 
curred on the Corvallis-Newport Highway on July 26, 1939, which resulted in 
the death of Mr. Otis, it appearing to the Commission that the accident hap- 
pened as a result of faulty driving rether than imperfections in the road 
surface. (See report of J. N. Bishop, Maintenance Engineer, dated October 
14, 1939, for details.) 


Reconsideration was given by the Commission to its controversy with 
the Richfield O11 Company arising out of the state's contract with this com- 
pany for the furnishing of gasoline and oil products for state-owned equip- 
ment during the year 1939, and particularly to the payment for service sta- 
tion delivery of gasoline under modified agreement executed by the Secretary 
of the State Board of Control, Mr. Deniel J. Fry. The Commission decided, 
after discussion, to ratify the action taken by Mr. fry on this matter, with 
the understanding thet hereafter the Highway Commission will be consulted be- 


fore contracts involving the se of material, equipment, and supplies 
for the State Highway Commission are either made or modified. Chairman Cabell 


pr signed a letter directed to Mr. Fry, dated December 5, 1939, to that 
e . 


The Commission adjourned at 12:15 o'clock p. m. and reconvened at 
2:00 o'clock p. m. in the same room with the same persons present and partici- 


pating. 


Messrs. Walter Meacham and Walter Hembree, Portland, came before 
the Commission at this time and urged that special prominence be given to 

the Old Oregon Trail on future issues of the State Highway Commission's main- 
traveled road map, After considerable discussion the Commission decided unan- 
imously to print the following wording on the top margin of maps printed here- 
after: "U. S. Highway 30, from Ontario to Seaside, and State Routes 35 and -. 
50, around Mt. Hood, are the paths of the historic OLD OREGON TRAIL." Messrs. 
~~ and Hembree signified their approval of such disposition of thie mat- 


The Commission also discussed with Messrs. Meacham and Hembree its 
plans for the erection of markers pointing out historical locations along 
state highway routes of this state, and the plan of the Oregon State Motor As- 
sociation to publish a booklet describing each of such points. Messrs. 
Meacham and Hembree signified their hearty approval of such plan. 


Mr. and Mrs. F. J.Fisher, Sherwood, Oregon, came before the Commis- 
sion in regard to a drainage problem along the Pacific Highway West in front 
of their property located at Mile Post 17.00, near Sherwood. Mr. Fisher 
stated that his property fronts on the highway for a distance of about 600 
feet and that, because of faulty drainage conditions, water from the highway 
flows onto his land, overflowing his fields so that in the spring of the year 
his fields are so soft that he is unable to farm them properly. He asked the 
Commission to remedy this condition. The Mngineer advised that Mr. Fisher's 
complaint has been investigated and it was found that the drainage ditches 
for the most part are in good condition and adequate to carry all of the wa- 
ter required without difficulty. However, at one point where the ground 


such system because it was understood that the county could not acquire 

the right of way, which is a condition precedent. Judge Boice advised that 
the county is ready and willing to cooperate in such matter, whereupon the 
Commission instructed the Engineer to discuss the matter further with the 
Curry County Court and try to find a suitable road if possible. 


Mr. Coe concluded the presentation by stating that, while the peo- 
ple of the Coos Bay district are particularly desirous of securing the re- 
construction of the highway between North Bend and Coquille, they do not wish 
to appear to be dictatorial in the matter and their primary purpose in coming 
before the Commission at this time was simply to ascertain just what plans 
the Commission has for such improvement so they can pass the information along 
to the local people, 


Dr. L. I. Hewes, Chief, Western Region, Public Roads Administration, 
San Francisco, was present and paid his personal respects to the members of 
the State Highway Commission. 


A delegation from Eugene, representing the Willamette Ski Patrol, 
and consisting of Hale G. Thompson, Sterling Behnke, Bill Parrish, and Ed 
Turnbull, came before the Commission and urged snow-removal operations on the 
McKenzie Highway to enable the winter sports enthusiasts to reach the skiing 
grounds about two miles above a place known as Dead Horse Grade. Mr. Thomp- 
son headed the group. They presented numerous arguments in behalf of their 
request and particularly referred to petitions and endorsements heretofore 
filed with the Commission's Secretary endorsing the project. Mr. Thompson 
said that they would be satisfied with an expenditure of state highway funds 
equal to that paid out by the State Highway Commission last winter for simi- 
lar operations. 


Chairman Cabell inquired whether or not there is any place along 
the Willamette Highway that would be suitable for winter sports when that 
highway is completed. He was informed by Mr. Thompson that diligent search 
has been made but as yet they have been unable to find anything as satisfac- 
tory as the McKenzie Highway site or anything near comparable with it. How- 
ever, it is their intention to continue their search as time permits. 


The State Highway Engineer pointed out that snow-removal operations 
on this highway are very costly, particularly compared with the revenues that 
the state would derive from traffic if the road were kept open. He also 

inted out that such operations with heavy-type equipment are very damaging 

the surface of the road, making for high maintenance cost. He suggested 
that the Commission might authorize push-plow operations to be carried on un- 
til the snow got so deep that push-plows could not handle it, but he could 
not recommend full compliance with the delegation's request. 


Chairman Cabell advised that he is heartily in favor of doing every- 
thing possible for the winter sports enthusiasts, provided the expense is not 
great, but is not in position today to state just what the Commission can do 
in this particular instance. However, the matter will be given serious con- 
sideration and the Commission will teke definite action as soon as it possibly 
can, 
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done until the season of 1941. The Engineer confirmed Chairman Cabell's state- 
ment. 


' Mr. Norton urged the Commission to construct the project between North 
Bend and Marshfield as its first project. He suggested as an alternate proj- 
ect, the reconstruction of the Marshfield-Coquille Section at the summit, work- 
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y Judge Boice urged the Commission to decide definitely on a perma- 
nent route for the Oregon Coast Highway through the toms of Port Orford and 
Gold Beach. He said that development of these towns is being retarded be- ; 
cause of leck of information as to where the highway is to be permanently lo- 
cated, and in his estimation the people of these towns are entitled to such 
information. > 
— 
Chairman Cabell advised that it is contrary to the policy of the 
State Highway Commission to make any definite statement as to highway loca- 
tions until it is ready to construct; also, that the Commission is doing the 
best it possibly can with moneys available and has the Curry County improve- 
ments in mind. He pointed out that numerous requests have been received for 
the revision of thie highway through the town of Brookings, which project, he 
said, the Commission is inclined to consider has priority over others in this 
district. He inquired as to Judge Boice's attitude in regard thereto. Judge 
Boice agreed that the highway should be reconstructed through Brookings and 
stated that, if the Highway Commission has allocated moneys to such project, 
in his estimation they should not be reallocated to any other project. 


Mr. Sanders urged the improvement south of Port Orford, particular- 
ly the removal of excessive curvature between Port Orford and Humbug Mountain. 


Representative Carter suggested that it might be advisable to start 
the improvement of the Oregon Coast Highway at the California state line and 
proceed northerly therefrom. It was his thought that the tourist reaction . 
would be much more favorable if the improvement were started at the southerly : 
end rather than farther north, particularly in view of the improvements that . 
have been made by the State of California. He also urged the Commission to . 
decide the location through the town of Gold Beach, suggesting that it would 
be a fine idea to acquire the right of way soon. The people of Gold Beach, 
he said, are not particular where the road is built but they would like to 
have the location adopted as soon as possible. . 


Chairman Cabell advised that the Commission has this matter under 
advisement but is not in a position to make a definite commitment at this 
time. 


Mr. Carter then inquired as to the federal aid secondary highway 
setup for Curry County, giving as his understanding that the Commission has 
not included any Curry County roads in such system. Judge Boice also made 
inquiry concerning such matter. They were informed that the Commission has 
given this matter considerable thought but up to the present time has not 
been able to see its way clear to include any of the Curry County roads in 
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Looney & Risley, Oak Grove, submitted the low bid for this project 

at $31,789.00, based on the use of road oil, and $32,016.70, based 

on the use of tar. Newport Construction Company, Portland, submit- 
ted the second-low bid at $32,034.00, based on the use of road oil, 
and $32,413.50, based on the use of tar. There were 8 higher bid- 

ders. The Commission awards the contract to Saxton, Looney & Ris- 

ley, the low bidders, at the bid of $31,789.00, based on the use of 
road oil. 


"Construction of a 606-foot steel and concrete viaduct over 
Devils Lake Fork of the Wilson River on the Wilson River Highway, 
in Tillamook County. The Commission received 9 bids for this proj- 
ect, the low one being submitted by McNutt Brothers, Eugene, at 
$98,232.50, and the second-low one being that submitted by Bennett 
& Taylor, Los Angeles, California, at $100,959.00. The Coumission 
awards the contract to McNutt Brothers, the low bidders, at 
$98,232.50." 


Buildings at Tigard: 


“ Building No. 7001, formerly owned by Frona K. Williams. The 
only bid received for this building was that of Sullivan Wrecking 
Company, Portland, at $92.72. The Commission rejected this offer 
and orders that the building be sold with the lot. 


"Building No. 7001 and Lot, formerly owned by Frona K. Wil- 
liams. 6 bids were received for this building and lot, the high 
one being that of H. V. Kruse, Oswego, at $1,754.00. The second- 
high bid wes received from Harold J. Heffron, Tigard, at $1,100.00. 
The Commission accepts the offer of H. V. Kruse and accordingly 
sells the building to him at his high bid of $1,754.00. 


"Building No. 6940, formerly omed by C. H. Pfaffle. H. N. 
Peabody, Portland, submitted the high bid for this building at 
$75.00, and the only other bid received was that of Sullivan Wreck- 
ing Company, Portland, at $2.17. The Commission accepts the offer 
of H. N. Peabody and accordingly sells the building to him at his 
high bid of $75.00. (Note: Action rescinded by Commission at meet- 
ing held on December 20, 1939.) 


"Building No. 6998, formerly owed by Vivian H. North. The 
high bid received by the Commission for this building was that sub- 
mitted by Loyd and Ruby Robinett, Tigard, at $1,000.00. The second- 
high bid was received from H. B. Tigard, Tigard, at $915.00. There 
were 4 lower bidders. The Commission accepts the offer of Loyd and 
Ruby Robinett and accordingly sells the building to them for 
$1,000.00. 


"Building No. 6924, formerly owned by Joseph D. Foley Estate. 
The only bid received for this building was that eubcitted by Sulli- 
van Wrecking Company, Portland, at $2.07. The Commission rejects 
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At 3:00 o'clock p. m. Chairman Cabell announced the awards of con- 
tracts and sale of buildings as follows, bids for which were received at the 
morning session, such awards and sales having been previously approved by the 
Commission by unanimous vote: 


"Black Bridge-Richland Section of the Baker-Homestead Highway, 
in Baker County. 7.0 miles surfacing end oiling; also furnish 2000 
cu, yds. crushed gravel in stock piles. Morrison-Knudsen Company, 
Boise, Idaho, submitted the low bid for this project at $26,240.00. 

rt Construction Company, Portland, submitted the second-low bid 
at 7642.90. There were 3 higher bidders. The Commission awards 
this contract to Morrison-Knudsen Company, the low bidder, at its 
bid price of $26,240.00. 


“Mountain Rest-Mt. Vernon Rock Production Project on the Pendle- 
ton-John Day and Beech Creek Highways, in Grant County. Furnish 5700 
cu. yds. crushed rock in stock piles. Only 2 bids were submitted for 
this project, the low one being that of F. R. Hewett, Spokane, Wash- 
ington, at $9,750.00 and the other bid being that of A. S. Wallace, 
Roseburg, at $9,880.00. The Commission awards the contract to the low 
bidder, F. R. Hewett, at his bid price of $9,750.00. 


"Siskiyou-State Line Section of the Pacific Highway, in Jackson 
County. 6.31 miles bituminous macadam surfacing; also furnish 5200 
cu, yds. crushed rock in stock piles. 11 bids were received for 
this project, the low one being submitted by Roy L. Houck, Salem, at 
$108,174.00. The second-low bid was submitted by Clifton & Apple- 
gate, Spokane, Washington, at $117,373.00. The Commission awards 
the contract to Roy L. Houck, the low bidder, at $108,174.00. 


"Hebo-Oceanlake Rock Production Project on the Oregon Coast and 
Salmon River Highways, in Lincoln end Tillamook Counties. Furnish 
6000 cu. yds. crushed rock in stock piles. The low bid for this 
project was submitted by Washington Hauling Company, Seattle, Wash- 
ington, at $11,580.00, and the second-low bid was submitted by Feld- 
schav & Son, Tillamook, at $12,420.00. There were 7 higher bidders. 
The Commission awards the contract to Washington Hauling Company at 
its bid price of $11,580.00. 


"Cow Hollow Creek-Owyhee School Section of the Vale-Adrian Coun- 
ty Road, in Malheur County. 4.08 miles grading. The Commission re- 
ceived 11 bids for this project, the low one being that submitted by 
M. L. O'Neil & Sen, Eugene, at $13,198. 80. The second-Low bid was 
submitted by E. L. Rigdon, Prairie City, at $13,891.00. The Commis- 
sion refers all bids received to the Engineer, with power to award 
the contract to the low bidder when certain conditions are satisfied. 


"Jorden Creek-McNamers Camp Section of the Wilson River High- 
way, in Tillamook County. 9.3 miles surfacing and oiling; also, 
furnish 3000 cu. yds. crushed materials in stock piles. Saxton, 


accepts the offer of George Lammers and sells the building to him 
at his high bid of $12.00. 


"Building No. 5644, formerly owned by Francis M. Turner. 
George Lammers, Grants Pass, submitted the high bid for this build- 
ing at $36.00, and J. E. Soric and Roy Crowe, Eugene, submitted the 
only other bid received, at $1.00. The Commission considers the 
offer of George Lammers satisfactory and accordingly sells the 
building to him at $36.00, the high bid. 


"Building No. 5650, formerly owned by Frank H. Snodgrass. 
2 bids were received for this building, the high one being that of 
George Lammers, Grants Pass, at $66.00, and the other that of J. E. 
Soric and Roy Crowe, Eugene, at $1.00. The Commission accepts the 
offer of George Lammers and sells the building to him at his high 
bid of $66.00. 


"Building No. 5653, formerly owned by C. A. McFarland. George 
Lammers, Grants Pass, submitted the high bid for this building at 
$26.00, and J. E. Soric and Roy Crowe, Eugene, submitted the only 
other bid received at $1.00. The Commission considers the offer of 
gone Lammers satisfactory and thus sells the building to him for 

00. 


"Building No. 5692, formerly owned by George i. Hawley, 2 bids 
were received for this building, the high one being that of George 
Lammers, Grants Pass, at $11.00, the other bid being that of J. E. 
Soric and Roy Crowe, Eugene, at $1.00. The Commission considers 
the offer of George Lammers satisfactory and accordingly sells the 
building to him for $11.00. 


"Building No. 5693-A, formerly owned by First Free Methodist 
Church. The Free Methodist Church, Cottage Grove, submitted the 
high bid for this building at $101.00. George Lammers, Grants 
Pass, submitted the second high bid at $56.00. There was one lower 
bidder. The Commission accepts the offer of the Free Methodist 
Church and accordingly sells the building to it for $101.00. 


"Building No. 5693-B, formerly owned by the First Free Method-- 
ist Church. 4 bids were received for this building, the high one 
being that of the Free Methodist Church, Cottage Grove, at $301.00, 
and the second-high bid being that of George Lammers, Grants Pass, 
at $153.00. The Comsission considers the bid of the Free Methodist 
Church satisfactory and accordingly sells the building to it at its 
high bid of $301.00." 


Buildings at Albany: 


Building No. 585, formerly owed by Forrest Barker. 4 bids 
were received for this building, the high one being submitted by 
Forrest Barker, Albany, at $201.50, and the second-high one being 
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this offer and orders the building readvertised. 


"Building No. 6980, formerly omed by Emil Johnson. The Com- 
mission received two bids for this building, the high one being 
that of Medson & Picha, Salem, at $122.00, and the other one being 
thet of Sullivan Wrecking Company, Portland, at $85.59. The Commis- 
sion rejects both offers and orders the building readvertised. 


"Building No. 6943, former omer E. C. Hunziker. 4 bids were 
submitted for the purchase of this building, the high one being 
that of H. V. Kruse, Oswego, at $201.00. The second-high bid was 
that of John F. Mills, Tigard, at $105.00. The Commission accepts 
the offer of H. ¥V. Kruse and accordingly sells the building to him 
at his high bid of $201.00. 


"Building No. 7040, formerly owned by Shubring & Biederman. 
2 bids were received for this building, the high one being that of 
Les Gray, Tigard, at $201.50, and the other one being that of Sulli- 
van Wrecking Company, Portland, at $41.99. The Commission accepts 
the offer of Les Gray and accordingly sells the building to him at 
his high bid of $201.50. 


"Building No. 6983, formerly owned by Emil Johnson. John 
Scheckla, Tigard, submitted the high bid for this building at 
$125.00. Madson & Picha, Salem, submitted the second-high bid at 
$53.00. The only other offer received was that of Sullivan Wreck- 
ing Company, Portland, at $33.79. The Commission rejects all bids 
received and orders the building readvertised. 


"Building No. 6945, formerly owned by MacCormac Snow. 3 bids 
were received for this building, the high one being that of Francis 
J. Scheckla, Tigard, at $95.00, and the second-high being that of 
Madson & Picha, Salem, at $53.00. Sullivan Wrecking Company, Port- 
land, submitted the other bid at $33.49, The Commission considers 
the offer of F, J. Scheckla satisfactory and accordingly sells the 
building to him at his high bid of $95.00. 


"Building No. 6937, formerly omed by Charles ?, Kuenzler. 
John Scheckla, Tigard, submitted the high bid for this building at 
$75.00. Madson & Picha, Salem, submitted the second-high bid at 
$53.00. The only other bid received was that of Sullivan Wrecking 
Company, Portland, at $29.97. The Commission accepts the offer of 
Tia. the building to him at his high 


Buildings at Cottage Grove: 


"Building No. 5643, formerly owned by Mark Woodruff. 2 bids 
were received for this building, the high one being that of George 
Lammers, Grants Pass, at $12,00, and the other one being that of 
J. E. Soric and Roy Crowe, Eugene, at $1.00. The Commission 
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being that of the Odom Construction Company, Oregon City, at 
$6,180.00, and the other being that of Ray Christensen, Tigard, at 
$6,430.00. Bids for this project were received by the Commission 


on behalf of the owner of the buildings, to whom the bids are re- 4 


ferred for award of the contract." 


near Tigerd: 


"Only 2 bids were received for this project, the low one being 
that of Odom Construction Company, Oregon City, at ¥4,537.00, end 
the other being that of Ray Christensen, Tigard, at $5,035.00. Bids 
for this project were received by the Commission in behalf of the 
owner of the buildings, to whom the bids are referred for awarding 
the contract." 


Mr. Charles H. Reynolds, President, Oregon Trail Association, and + 
County Judge G. G. Shults, Wasco County, member thereof, came before the Com- 
poner and resubmitted the following program for improvements to the Old Ore- 
gon ils: 


Reconstruct the section between Ontario and Olds Ferry, in Mel- 
heur County, to shorten the distance and eliminate inferior alignment. 


Widen the undercrossing of the Union Pacific Railroad at Durkee, 
in Baker County, and flatten the approach curves thereto. 


Reconstruct 0.7-mile section through the John Troy property three 


miles east of Pleasant Valley, in Baker County. Ay 
Complete reconstruction of the Baker-Haines Section just out of pat 
Baker, in Baker County. i 
Reconstruct the section between North Powder and Union, in % 


Union County, by elimination of curves and widening roadbed. 


Construct proposed cutoff between Stanfield, in Umatilla County, he : 


and Boardman, in Morrow County. Ey 


Continue reconstruction of the Arlington-John Day River Section, s 
by 


in Gilliam County, by elimination of curves, et cetera. 


Expedite reconstruction between The Dalles and Troutdale, financ~ 
ing same without special government appropriation, if necessary. 


They offered full cooperation in every way possible in the undertaking of 
these projects. They were informed by Chairman Cebcll that the Commission 
would be pleased to keep these projects in mind. 


Mr. Reynolds also requested the following improvements in behalf of 
the County Court of Union County: 
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submitted by Edward Falwell, Albany, at $196.50. The Commission 
accepts the offer of Forrest Barker and accordingly sells the build- 
ing to him at his high bid of $201.50. 


"Building No. 6378, formerly owned by Lee Hurst. The Commis- 
sion received 6 offers for the purchase of this building, the high 
one being that of Harriett Hamilton, Albany, at $535.00. VV. W. 
Mason, Albany, submitted the second-high bid at $201.50. The Com- 
mission accepts the offer of Harriett Hamilton and accordingly 
sells the building to her at $535.00. 


"Building No. 6382, formerly omed by R. B. McCalley. Wm. 
Eagles, Albany, submitted the high bid for this building, at 
$406.00. V. W. Mason, Albany, submitted the second-high bid, at 
$351.50. ‘There were 3 lower bidders. The Commission considers the 
offer of Wm. Eagles satisfactory and accordingly sells the building 
to him at his offer of $406.00. 


"Building No. 6396, formerly owned by J. L. Richardson. The 
Commission received 3 bids for this building, the high one being 
being that of Wilbur Stead, Tangent, at $40.00. The Commission 
considers the coffer of Charles Childs satisfactory and accordingly 
sells the building to him at his high bid of $51.00." 


"Contracting & Sales Company, Portland, submitted the low bid 
for this project, with a bid of $5,927.00 based on constructing a 
full besement. Their bid for this work based on constructing a 
furnace room only was $5,827.00. V. W. Mason, Albany, submitted 
the second-low bid, being $6,385.00 for full basement construction, 
and $5,050.00 for furnace room only. There were 2 higher bidders. 
The Commission has referred all bids received for this project to 
the Engineer with power to award the contract to the low bidder 
when the question whether or not a full basement shall be construct- 
ed has been decided by the omer.” 


"Odom Construction Company, Oregon City, submitted the low bid 
for this project at $6,364.00. A. C. Baumback, Sandy, was the 
second-low bidder with a bid of $7,350.00. There were 2 higher bid- 
ders. Bids for this project were received by the Commission in be- 
half of the omer of the buildings, to whom the bids are referred 
for awarding the contract." 
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came before the Commission in regard to the moving of his service station 
building from right of way recently acquired by the state from him for the 

t of the Lower Columbia River Highway just north of St. Helens. The 
Assistant Attorney expleined that it had been necessary in connection with the 
improvement of the highway at this location to acquire some of Mr. Howard's 

on which he is maintaining a service station, and as 4 consideration 
the state deeded to Mr. Howard state-owned property that was not needed for 
highway purposes. Further, that Mr. Howard is desirous of removing his build- 
ings from the highway right of way but before doing so wants to grade the 
new site to conform with the grade of the new highway, which will involve con- 
siderable excavation not only on his own property but also on the highway 
right of way. He further advised that the highway work has not yet been con- 
tracted but Mr. Howard wants to move his buildings at once and has agreed to 
perform all of the grading operations himself, both within and without the 
limits of the highway right of way, but wants the state to reimburse him for 
the cost of excavation work performed within the highway right of way limits. 
He recommended approval of Mr. Howard's offer. The Commission approved the 
recommendation by unanimous vote on the basis of reimbursing Mr. Howard in an 
amount equal to the cost of the excavation work within the right of way lin- 
its if such work were performed by the state's contractor in connection with 
his other work on the highway when the contract for this section is awarded. 
The Engineer was instructed to prepare an estimate of cost at once and present 
the same to Mr. Howard for his consideration, so he will have an idea es to 
how much reimbursement he may expect from the state. 


A delegation representing the Conservation Committee 40 et 8, Ameri- 
can Legion, and consisting of Mr. James McCrea, Salem; Municipal Judge Julius 
Cohn, Portland; Charles F. Walker, Portland; and Ira Withrow, Grand Ronde, 
came before the Commission in regard to the preservation of timber along the 
Salmon River Highway. Mr. McCrea headed the group. He urged the Commission 
to purchase at once from the Miami Corporation certain timber along the north 
side of the highway in the vicinity of a place known as Boyer, and suggested 
that arrengements be made. to pay for this timber in three annual payments as 
the Commission now is purchasing another timber tract from this company along 
the south side of the highway atthis location. 


Judge Cohn stated that he is Chairman of the Conservation Committee 
of the 40 et 8 and that the idea which the committee has in mind is to secure 
the preservation of timber adjacent to the highways generally throughout the 
state rather than in any one particular locality, and that the Salmon River 
Highway timber strip is only one of the tracts that they bad in mind, but it 
is an important one. 


Mr. Walker also spoke in favor of the preservation of the Salmon 
River Highway timber. 


Mr. Withrow advised that the Miami Corporation has a bona fide buy- 
er for the timber under discussion and that this purchaser plans to start his 
logging operations on the area fronting the highway. 


Chairman Cabell advised that the Commission is cognizant of the value 
and beauty of the timber along the Salmon River Highway and would like to 
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Reconstruct Minam-Elgin Section of the Wallowa Lake Highway, 
particularly the section over Minam Hill. 


Modernize as expeditiously as possible the Union-Medical Springs 
Section of the Medical Springs Secondary State Highway. 


Extend the Starkey Secondary Stete Highway from its present ter- 
minus to the forest boundary and reconstruct this road to secondary 
state highway standards as soon as possible. In connection with this 
project Mr. Reynolds stated that if the state does not have funds 
available to finance the entire improvement between Starkey and the 
forest boundary it might be possible to secure funds from some other 
source. 


The Commission agreed to keep these projects in mind. 


A delegation from Tigard, consisting of A. L. Mason, C. A. Donnelly, 
M. W. Evans, A. Schubring, and E. A. Woodward, came before the Commission and 
asked for the oiling of the unimproved strips adjacent to the highway pave~ 
ment through the town of Tigard. Mr. Mason headed the group. The Engineer 
advised that this matter has been investigated and it appears that a first- 
class improvement will cost about $7,500, whereas for about $1,000 a temporary 

t that would be satisfactory could be obtained, although the oiling 
work would have to be deferred until next year shen weather conditions are 
favorable to such type of construction. The Commission egreed to give the . 
matter careful consideration and instructed the Engineer to make further in- 
vestigation, and report. 


Mr. E. C. Gerber, highway contractor, came before the Commission at 
this time and requested reconsideration of the Commission's order disqualify- 
ing him from bidding on future highway construction projects. The Ingineer 
explained why the Commission has seen fit to disqualify Mr. Gerber, particu- 
larly pointing out thet Mr. Gerber has been lax in complying with the speci- 
fications with respect to labor, and that he carried on his work in e dilatory 
manner, which in one particular instance has cost the state approximately 
$6,000 for extra oiling work. Furthermore, Mr. Gerber's failure to complete 
this particular project within the specified time limit has caused great in- 
convenience to the traveling public. He advised, however, that the Commission 
has no complaint to make with respect to Mr. Gerber's ability to finance the 
work upon which he is engaged, but insists that he, as well as other contrac- 
tors, complete his projects within the specified time limit and that he re- 
spect all of the provisions of the specifications. He suggested, in view of 
Mr. Gerber's past performance record, that the Commission reinstate Mr. Gerber 
on the basis of awarding to him only one contract limited to a maximum of 
$100,000. After considerable discussion the Commission approved the Engineer's 
suggestion by unanimous vote as a trial proposition, it being understood that 
if Mr. Gerber does not carry on the work to the entire satisfaction of the 
Commission and its engineers, then he is to be disqualified entirely and will 
not be permitted to bid on highway work thereafter. 


Mr. C. F. Howard, St. Helens, and his attorney, Mr. E. T. Steel, 
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suggestions and approvals, following which it is to be discussed with repre- 
sentatives of the logging industry at a special meeting called for such pur- 
pose. 


Mr. Russell also brought up for discussion a dangerous condition 
which exists at Canby where logging trucks entering Canby from adjacent coun- 
ty roads are obliged to cross the Pacific Highway and the tracks of the Gouth- 
ern Pacific Company enroute to their destination. It was explained that the 
highway and the railroad lie very close together in that tom, and, while 
logging trucks are required to come to a complete stop before entering the 
highway, there is no such provision with respect to the railroad. It was 
thought that some such provision should be made as ea safety measure and that 
some authority should issue an order requiring the logging trucks to stop at 
such point. Action on this matter was deferred until 4 later date. 


The meeting was adjourned at 6:15 o'clock p. m., the Highway Com- 
mission to reconvene in regular session at 9:00 o'clock the following morning 
in the auditorium of the Public Service Building. 


Portland, Oregon, December 8, 1939 


The State Highway Commission reconvened at 9:00 o'clock a. m. in 
the auditorium of the Public Service Building, with all members present and 
participating. Also present were the State Highway Engineer, the Attorney, 
and the Secretary. 


Bids as follows for highway construction projects were opened and 
read in conformance with previously published notice, following which Chair- 
man Cabell announced that the award of contracts would be made at 3:00 o'clock 
p. m. in the same room: 


| 


WOLF CREEK HIGHWAY 


NEHALEM RIVER-SUNSET SUMMIT HOCK PRODUCTION PROJECT 3 
= 
A. 8. Wallace $ 21,668.00 4 
H. L. Rice 23,326.00 q 
E. C. Hall Company 25,010.00 ‘ 
Homer G. Johnson 25,140.00 2 
Gus Reichow 25,812.00 8 
oO. Cc. Yocon 26, 357.00 ae 
Fisher Bros. 26,490.00 = 
Tidepoint Company 26,504.00 
Saxton, Looney & Risley 26,529.00 
Newport Construction Company 28, 396.00 
A. C. Greenwood Company, Inc. 29,020.00 
R. 0. Dail & Warren Bros. 31,360.00 
McNutt Bros. 31,400.00 


amount for the purchase of additional timber in this district. He pointed 
out that there is a bill pending in Congress which provides federal funds for 
financing the acquisition of timber tracts adjacent to highways and in view 
thereof the Commission is reluc commit state funds to such projects un- 
action this bill, which it is expected will 
be disposed of shortly after Congress reconvenes this winter. He also ad- 
vised that the Commission has received a letter from the Miami Corporation 
granting the Commission a period of six months in which to make its final de- 
cision with respect to the purchase of this timber tract so as to give Con- 
gress sufficient time to pass on the bill. In view of the circumstances, he 
ye the Commission is not in a position today to take definite action on 
s matter. 


ra 
gs 


Mr. F. L. Smith, Portland, came before the Commission in regard to 
the sale of a timber tract on the Arch Cape promontory adjacent to the Oregon 
Coast Highway near the Clatsop-Tillamook County line. Mr. Smith stated that 
he owns considerable timber in this area and that he has received an offer 
from certain parties who desire to market this timber at once, but he is of 
the opinion that the state should own the timber on this particular promontory 
end accordingly is giving the state first refusal of the same. There are ap- 
proximately 130 .acres in the tract, he said, and it contains about 4,000,000 
feet of timber which he is willing to sell to the state for the sum of $2,500 
plus accrued taxes. He also said that if the state does not want this timber 
he cannot affor® not to sel’. it to the logging companies, and all that he is 
asking in addition to the cash settlement is the right to maintain a roadway 
across the property for the benefit of the people who have purchased property 
from him farther removed from the highway. The Commission appeared favorably 
inclined to Mr. Smith's proposition but deferred a decision in regard thereto 
jae «wen 5 a@ report from the State Parks Suverintendent, to whom the matter was 
refe . 


At 5:00 o'clock p. m. the Commission adjourned to Room 210, Congress 
Hotel, for a conference with representatives of the Oregon State Police Depart- 
ment and the Public Utilities Commissioner of Oregon regarding matters pertain- . 
ing to the transportation of logs, poles, and piling over state highways. 
Present at such conference were the following: Henry F. Cabell, Chairman, Hu- 
ron W. Clough, Commissioner; R. H. Baldock, State Highway Imgineer, J. M. De- 
vers, Attorney, H. B. Glaisyer, Secretary, representing the State Highway De- 
partment; Charles P. Pray, Superintendent of the Department of State Police; 
T. O. Russell, Chief Engineer, A. F. Harvey, Superintendent of Motor Transpor- 
tation, Perry 0. DeLap and John Bagley, representing the Public Utilities Com- . 
missioner; and Mr. Roy Putnam, representing the Southern Pacific Company. : 


This matter was discussed at considerable length but, due to the : 
lateness of the hour, no definite action was taken thereon. It was decided 
that the State Highway Engineer should formulate @ set of rules and regule- 
tions pertaining to the subject and submit the same to the Superintendent of 
the Department of State Police and the Public Utilities Commissioner for 


SANTIAM HIGHWAY 
TROUT CREEK-TOLL CREEK SECTION 


SURFACING AND OILING; FURNISH CRUSHED ROCK IN STOCK PILES 


en 
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Using Tar 
E. C. Hall Company 3 00 ae = 
Babler Bros. 65,166.00 65,370.00 
Homer G. Johnson 68,661.00 ---- 
McWutt Bros. 70,061.00 TL, 542.00 
Fisher Bros. 72,446.00 ---- 
A. Milne 79,158.00 an 
R, 0. Dail & Warren Bros., Inc. 80,171.00 $0,122.00 

OREGON COAST HIGHWAY 
NECARNEY CREEK-NEAHKAHNIE MOUNTAIN SECTION 
GRADING AND REINFORCED CONCRETE STRUCTURES 
K. L. Goulter $135,418.00 
Leonard & Slate 137,450.00 
Birkemeier & Saremal 145,333.00 
A. C. Greenwood Company, Inc. 152,880.00 
Frank Penepacker 153,245.00 
Berke Bros., Inc. 153, 354-50 
Colonial Construction Company 156, 745.00 
J. A. 156, 805.00 
E. C. Hall Company 158,028.00 
McNutt Bros. 159,249.00 
Kuckenberg Construction Company 183,637.50 
Bennett & Taylor 186,174.00 
FIFTEENMILE CREEK COUNTY ROAD 
WEST UNIT, PETERSBURGH-FAIRBANKS SECTION 
GRADING, SURFACING AND OILING 

Leonard & Slate @ 11,537.00 
Mid-Columbia Sand & Gravel Company 12,229.50 
Hart Construction Company 12,588.00 
Guy J. Norris 12,661.50 
Babler Bros. 13,011.00 
Wasco County 13,282.00 
Saxton, Looney & Risley 13,823.00 
Fisher Bros. 13,995.00 
H. B. Klineline 14, 740.00 
H. L. Rice 15,968.00 
Cochran & Gatton 17,807.30 


Mr. Herbert C. Hardy, attorney for the Bonneville Authority, came 
before the Commission in regard to Bonneville's power transmission pole line 


between Portland and Eugene. He advised that some time ago the Commission 
granted the Bonneville Authority permission to construct its pole line over 


Toe Pe acai 


UMPQUA HIGHWAY. 
REEDSPORT (12th St. to 15th St.) SECTION - PAVING 


$ 26,894.00 
26 


&. 8. Wallace 
R. I. Stuart & Sons 
R. 0, Dail & Warren Bros., Inc. 18,240.00 


WaRM SPRINGS SECONDARY HIGHWAY 
WARM SPRINGS aGENCY-VANORA SECTION 
SURFaCING aND OILING; 4LSO FURNISH CRUSHED ROCK IN STOCK PILES 


$ 33,565.50 
35,655.50 
36,426.00 
36,677.70 
37,142.20 
37,303.00 
37, 718.00 
41,858.50 


R. 0. Dail & Warren Bros., Inc. 54,550.00 


OREGON COAST HIGHWAY 
REJODEL aND WIDEN BRIDGE OVER DEPOE BaY 
ALSO CONSTRUCT HIGHWAY ROADBED A? PROACHES 


Odom Construction Company $ 60,367.50 
A. W. Stevens Construction Company 68 
Kuckenberg Construction Company 
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consideration. As to the other projects mentioned by Judge Higgs, Chairman 
Cabell stated that, in his estimation, now is not the time to start construc- 
tion of this road while there are so many other highways of more importance 
that need attention. 


The Secretary presented a petition signed by numerous residents of 
Harney County, asking for the reconstruction and improvement of the Burns- 
Crane Highway. He was instructed by the Commission to acknowledge the same 
and advise the petitioners of the action taken by the Commission at this meet- 
ing with respect to this road. 


Mr. Peoples urged the Commission to allocate additional forest high- | 
way funds to improve the forest highway section of the Warm Springs Highway 
south of its junction with the Wapinitie Highwey, in order to expedite the 
completion of this road. He also asked that this road be placed on the federal 
aid highway system so as to receive the benefit of federal aid highway funds. 
He urged early completion of the highway inasmuch as it will reduce the dis- 
tance from Central Oregon to Portland by about 30 miles and will eliminate ap- 
proximately 50 miles of fog condition that obtains on the present traveled 
route. He also asked that en additional amount of forest highway funds be al- 
located to extend the improvement now under way on the Bend-Elk Lake Forest 
py ey His remarks were endorsed by Judge Higgs, Mr. Lynch, and Commission- 
er Baer. 


Chairman Cabell advised that the Cowmission questions the advisabil- 
ity of completing the forest section of the Warm Springs Highway until the con- 
struction of the state's section of this highway is further advanced. The Com- 
mission is now considering, he said, the placing of this highway on the federal 
aid system so that advantage can be had of financing the project with federal 
aid funds. However, final action has not yet been taken to that end because 
the Commission wants to make definitely certain that placing this road on the 
federal aid system is the proper thing to do, considering other roads through- 
out the state that are in the same category. The Commission will be pleased, 
he said, to bear this project in mind in the formulation of future highway 


programs. 


Mr. Lynch also appeared before the Commission in company with Mr. 4 
M. A. Hawke and Mr. Charles Woodruff, Prineville, in the interests of the Ocho- 
co Highway. He urged the continuation of reconstruction work on this highway 
easterly from Marks Creek to Mitchell, which section, he said, is very impor- 
tant, and is entitled to funds in view of the fact that it has iaid dormant 
for a long time. He was informed by Chairman Cabell that the Commission would 


be pleased to keep this project in mind. 


The Commission adjourned at 12:15 o'clock p. m. and reconvened at 
1:30 o'clock p. m. in the Green Room of the Congress Hotel for a conference 
with government officials relative to the programming of the fiscal year 1941 
forest highwey funds. Present at such conference were Henry F. Cabell, Chair- 
man, E. B. Alarich, Commissioner, Huron W. Clough, Commissioner, fh. Hs Buldock, 
State Highway Engineer, J. M. Devers, Attorney, and H. B. Glaisyer, Secretary, 
representing the State Highway Department; W. H. Lynch, District Engineer, 
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and across certain state highways but there is no provision in the permit in- 
dicating any permanency of this privilege, and, in view of the fact that the 
Government is spending a large sum of money to construct a 115,000-volt line 
to Eugene, and will build other lines later on, it would like to have some un- 
derstending with the Highway Coumission relative to the permanency of its con- 
struction and an understanding as to the obligations of the government ani 
the state in the event that alterations are made for any reason or other in 
the future. He presented a tentative form of agreement covering the matter 
and pointed out the following: paragraph 3, page 2 thereof, whi-" provides 
that if at any time, by reason of the construction, repair, impr vement, al- 
teration or relocation of any highway or of any portion thereof, it shall be- 
come necessary, in the opinion of the State Highway Commission and the Admin~ 
istrator, to relocate any of the electrical transmission lines, and appurten- 
ances, the Administrator shall promptly relocate same; and paragraph 5, on 
page 3 thereof, which provides that if the highways are damaged or injured in 
the construction, operation, maintenance, or repair of the electrical trans- 
mission lines, then they shall be immediately repaired and reconstructed by 
the United States under the supervision and to the satisfaction of the High- 
way Commission; and which provides further that upon failure, neglect or re- 
fusal of the United States to imnediately repair the highways, then the state 
may undertake such work, the cost thereof to be paid by the United States 
upon presentation of properly executed voucher, provided that the state shall 
submit an estimate of the cost of such changes, alterations, or repairs to 
the Administrator and shall obtain his approval thereof before making such 
changes, alterations or repairs, and that, if in an emergency it becomes nec- 
essary for the state to make such changes, et cetera, without first having 
obtained the approval of the Administrator, then the United States shall not 
be required to make any payment therefor unless the sum expended shall be ap- 
proved by the Administrator. 


This matter was discussed at considerable length, during which the 
Commission's Attorney questioned the authority of the Commission to enter in- 
to an agreement of this nature. The Commission deferred action on this matter 
pending the securing of an opinion from the Attorney General relative thereto. 
The Commission instructed its Attorney to confer further with Mr. Hardy with 
respect to the legal features involved and in the preparation of the form of 
agreement that might be accepted, and report to the Commission later. 


A delegation consisting of County Judge Nelson B. Higgs, of Harney 
County; William Baer, County Commissioner of Deschutes County; Don Peoples, 
Secretary of the Bend Chamber of Commerce; and M. A. Lynch, ex-member of the 
State Highway Commission, Redmond, was present. Judge Higgs asked for the 
construction of the secondary highway which extends in a southeasterly direc- 
tion from Princeton, in Harney County, to a connection with the 1.0.N. Second- 
ary Highway, near Rome, in Malheur County. He also asked for the oiling of 
the Burns-Crane Primary State Highway, in 1940. He stated his preference for 
theconstruction of this project over the improvement of the secondary highway 
s0Gth of Crane. He was informed by Chairman Cabell that, due to the limited 
amount of funds available to the Commission, it does not appear possible for 
the Commission to construct an oiled surface on the Burns—Crane Highway in 
1940, but the Commission will be glad to keep the project in mind for future 
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The matter of conducting snow-removal operations on the Timberline 
Lodge Road was then discussed. The State Highway Engineer explained that 6 $ 
question has arisen as to the status of this road, whether it is a private 
road or a public road, and until such question has been decided definitely 
the State Highway Commission is in the position of not being able to say def- e 
initely whether it can cooperate in the snow-removal operations, as was done 
last winter. This matter, he said, is now before the Public Utilities Com- 
missioner and if such Commissioner should decide that the road is a private . 
road, then the State Highway Commission would have no alternative but to re- 
fuse to cooperate in snow-removal operations, because it does not have legal 
authority to spend state funds for private improvements, and will have to 
call upon the Federal Government to reimburse the state for expenditures made = 
last year for such work. If, on the other hand, he said, the Public Utilities as 
Commissioner deci” .s, from the evidence submitted, that the road is a public 
road, then the Gommission would have the authority to cooperate in the snow- an: 
removal undertaking and will continue the oral arrangement heretofore effected. i 


Messrs. Horton and Frankland both declared the road to be a public 
road, notwithstanding assertions made to the contrary at the time of the hear- 
ing before the Public Utilities Commissioner. % 


The Commission's Attorney gave as his opinion that the road is a ¢ 
public road rather than private. However, he suggested, in view of the uncer- i 
tainty, that the Commission do not spend any money on the road until it has re 
been so declared by the Public Utilities Commissioner, particularly in view 
of the allegation that the road is a privete one. 


After considerable discussion the Commission instructed the Attorney 
to ask the Public Utilities Commissioner to expedite his decision as much as Ce 


possible. The Engineer was instructed by the Commission not to spend any & 
state funds for snow-removal operations on this road, even should an emergency . 
exist, until the order of the Public Utilities Commissioner has been received, E 


and not then if, by such order, the road is declared to be 4 private road. 


In this connection the Engineer reported receipt of a letter from 
Clackamas County Court advising that they have received for execution from the 
United States Forest Service certain agreements relative to the construction 
and maintenance of the new road to Timberline Lodge, whereby the county is ‘ 
made responsible for the maintenance and upkeep of this road, and have been oY} 
advised by the Regional Engineer, Mr. James Frankland, that such obligation ¥ 
will be assumed by the State Highway Commission. The County Court would like & 
advice, he said, before signing the agreements, as to whether or not the in- ‘. 
formation given by Mr. Frankland is correct, inasmuch as the county is not fi- % 
nancially able to undertake this task. The Engineer was instructed to inform eS 
the County Court that the present plans of the Commission contemplate placing 7 Oe 
this mad on the state highway system when it has been constructed throughout, Ae 
and when that is done the Commission will assume the responsibility for main- 
tenance and upkeep of the same. i 


At 3:00 o'clock p. m. the Commission returned to the auditorium of > 
the Public Service Building, and Chairman Cabell announced the following 


A ee ee SEs ek ee ed Sas oe 


T. M. Davis, Senior Highway Engineer, H. D. Farmer, Senior Highway Engineer, 
and F. E. Andrews, Senior Highway Engineer, representing the United States 
Public Roads Administration; and F. V. Horton, Acting Regional Forester, and 
James Frankland, Regional Ingineer, representing the United States Forest 
Service. 


Mr. Lynch advised that the exact amount of the federal appropriation 
for forest highways for the fiscal year 1941 is not yet known but they antici- 
pate that it will be approximately $1,116,000.00, less $50,000.00 reserved for 
financing location surveys, and $40,000.00 reserved for financing maintenance 
work, and an additional amount for contingencies. He suggested that an amount 
of $960,000.00 be set as the basis for the allocation at the present time. 

The suggestion was epproved. 


The State Highway Engineer submitted a list of projects eligible for 
this program, as did also Mr. Lynch. After considerable discussion the fol- 
lowing projects were tentatively approved for such program: 


Termini Length Amount Activity 


Tiller-Trail Trail Cr.Br.-Trail 4.3 $85,000 Surf. & Stockpiling 
(withbr) for ¥ (1 mi.) & Br. 


Willamette Oakridge-Upper Salt 
Cr. Br. 2183 7.5 100,000 Surfacing (7" Comp.) 


(North Santiam Detroit-Niagara ) 2.0 100,000 Financing share of 
( ne ) reconstr. between 
( ) Niagara & Detroit 
(Santiam Hogg Rock-Suttle) 100,000 Oiling 


Lake 


Klamath-Lakeview Quartz Mt.-Quartz Cr. 5.5 100,000 Grad.,Surf., & Stock- 


piling 
John Day Dixie Summit-West 4.0 75,000 Grading 
Pendleton-John Day Fox Valley 5.3 50,000 Surfacing 
John Day-Burns Vance Cr.-Seneca 7.0 60,000 Surf. & Oiling 
Flora-Enterprise State Line-South 0.8 80,000 Grading 
Cascade Lakes Summit-West 8.0 50,000 Grading & Advance 
Clearing 
Timberline Timberline-South 3.3 125,000 Grad., Surf., & Oil. 


& Advance Clearing 
Loc. Survey 40,000 


Maintenance 50,000 


ee a ene ee 
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based on the use of road oil, and $65,370.00, based on the use of 
tar. There were 5 higher bidders. The Commission awards the con- 
tract to E. C. Hall Company at their low bid of $61,381.00, based 
on the use of road oil. 


"Necarney Creek-Neahkahnie Mountain Section of the -— 
Coast Highway, in Tillamook County. 0.87 mile grading and 6 rein- 
forced concrete structures. 12 bids were received for this project, 
the low one being that of K. L. Goulter, Seattle, Wasitington, at 
$135,418.00. The second-low bid was that of Leonard & Slate, Mult- 
nomah, at $137,450.00. The Commission awards the contract to K.L. 
Goulter at his low bid of $135,418.00. 


“West Unit, Petersburgh-Fairbanks Section of the Fifteenmile 
Creek County Road, in Wasco County. 2.0 miles grading and 2.94 
miles surfacing and oiling. The low bid submitted for this proj- 
ect was that of Leonard & Slate, Multnomah, at $11,537.00. The 
second-low bid submitted was that of Mid-Columbia Sand & Gravel 
Company, The Dalles, at $12,229.50. There were 9 higher bidders. 
The Commission awards the contract to the low bidder, Leonard & 
Slate, at their bid price of $11,537.00." 


The Engineer reported that, as previously authorized by the Commis- 
sion, he awarded to E. C. Hall Company on November 30, 1939, the contract for 
grading, surfacing, and oiling the Muddy Creek-Haines Section of the Old Ore- 
gon Trail, in Baker County, for which the Commission took bids on November 2; 
1939, the conditions of the award having been satisfactory. The Commission 
approved the award of this contract as reported. 


The Engineer also reported receipt of a letter from Contractor J.F, 
Johnston, Newberg, who submitted the low bid on June 22, 1939, for construc- 
tion ef a bridge over the East Fork of the Illinois River on the Illinois 
Valley County Road, in Josephine County, to the effect that he is ready and 
willing to accept the award of this contract notwithstanding that such a long 
time has elapsed since the bids were taken. He also reported that he has re- 
ceived oral information from Mr. W. H. Lynch, District Engineer, Public Roads 
Administration, to the effect that he will approve the award of this contract 
to Mr. Johnston. In view of the report, the Commission voted unanimously to 
award this contract to Mr. Johnston as soon as written confirmation from Mr. 
Lynch has been received. The matter was referred to the Engineer with power 
to make the award at such time. 


The Engineer requested authority to purchase the following equip- 
ment: . 


1 electric light plant for maintenance headquarters at Chemult, 
and trade in as part purchase price 1 old plant, estimated 
cash outlay $900 


1 electric light plant for maintenance headquarters at Austin, 
estimated cost $900 


awards of contracts for which bids were taken at the morning session, such 
awards having been previously approved by the Commission by unanimous vote: 


"Nehalem River-Sunset Summit Rock Production Project, in Clat- 
sop and Washington Counties. Furnish 15,600 cu. yds. crushed rock 
in stock piles. A. S. Wallace, Roseburg, submitted the low bid for 
this project at $21,668.00. H. L. Rice, Portland, submitted the 
second-low bid at $23,326.00. There were 11 higher bidders. The 
Commission awards the contract to the low bidder, A. S. Wallace, at 
his bid price of $21,668.00. 


"Reedsport (12th Street to 15th Street) Section of the Umpqua 
Highway, in Douglas County. 0.22 mile paving. 4 bids were re- 
ceived for this project, the low one being that of R. I. Stuart & 
Sons, Medford, at $26,894.00, and the second-low being that of Ed- 
lefsen-Weygandt Company, Portland, at $26,945.00. The Commission 
awards the contract to R. I. Stuart & Sons at their low bid price 
of $26,894.00. 


"Siskiyou Junction-Klamath County Line Rock Production Project 
on the Green Springs Highway, in Jackson County. Furnish 7,600 cu. 
yds. crushed rock in stock piles. The low bid for this project was 
submitted by A. S. Wallace, Roseburg, at {13,680.00. The second- 
low bid was subwitted by R. I. Stuart & Sons, Medford, at $14,960.00. 
There was only one hig sr bidder. The Commission awards the con- 
tract to A. S. Wallace at his low bid of $13,680.00. 


"Warm Springs Agency-Vanora Section cf the Warm Springs Second- 
ary Highway, in Jefferson County. 5.1 miles surfacing and oiling; 
also furnish 1,500 cu. yds. crushed rock in stock piles. 16 bids 
were received for this project, the low one being submitted by Sax- 
ton, Looney & Risley, Oak Grove, at $33,565.50, and the second-low 
being submitted by H. L. Rice, Portland, at $35,655.50. The Com- 
mission awards the contract to the low bidders, Saxton, Looney & 
Risley, at their bid of $33,565.50. 


"Remodel and widen concrete arch bridge over Depoe Bay and con- 
struct 0.1 mile of highway roadbed approaches, on the Oregon Coast 
Highway, in Lincoln County. Odom Construction Company, Oregon City, 
submitted the low bid for this project, at $60,367.50. A. W. Stev- 
ens Construction Company, Mt. Vernon, Washington, submitted the 
second-low bid at $68,644.50. There were 8 higher bidders. The Com- 
mission awards the contract to Odom Construction Company, the low 
bidder, at its bid price of $60,367.50. 


"Trout Creek-Toll Creek Section on the Santiam Highway, in Linn 
County. 8.9 miles surfacing and oiling; also furnish 1,700 cu. yds. 
crushed rock in stock piles. E. C. Hall Company, Eugene, submitted 
the low bid for this project, at $61,381.00, based on the use of 
road oil but they did not submit a bid based on the use of tar. Bab- 
ler Bros., Portland, submitted the second-low bid .at $65,166.00, 
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said bridge, said park road lying on the westerly side of 
said Oregon Coast Highway and following closely the high 
tide line of the Pacific Ocean between said points, in Lin- 
coln County 


shall be as follows: the combined weight in pounds bearing on the 
surface of the highway at contact with the tread of the wheels of 
the front axle of a truck or truck-tractor shall not exceed the 
product of four mmdred (400) multiplied by the sum in inches of 
the tire width of the wheels of such axle; and, the combined weight 
in pounds bearing on the surface of the highway at contact with the 
tread of the wheels of any one axle of a vehicle or combination of 
vehicles, other than the front axle of a truck or truck-tractor, 
shall not exceed the product of three hundred (300) multiplied by 
the sum in inches of the tire width of the wheels of such axle; 
but, in no event shall the combined weight in pounds bearing on the 
surface of the highway at contact with the tread of the wheels of 
any one axle of a vehicle exceed the maximum limit set by law for 
any one axle, 


IT IS FURTHER ORDERED that these rules and regulations 
as made and found by the State Highway Commission under the pro- 
visions of Chapter 360 of the laws of Oregon for 1931, shall be in 
full force end effect until modified, annulled or voided by the 
order of the State Highway Commission. 


AND IT IS FURTHER ORDERED, that a notice be posted in a 
conspicuous manner and place at each end of the above-named high- 
way and at important crossroads on said highway so that said no- 
tice can be readily seen and read, which said notice shall state 
plainly the limitations and prohibitions of traffic hereby in this 
order determined and fixed. 


AND BE 1T FURTHER ORDERED, that a certified copy of this 
order be furnished to the County Clerk of Lincoln County, in which 
said highway is located, and that a certified copy of this order 
be furnished to the Superintendent of the Department of State Po- 
lice for his information. 


The Engineer brought up for discussion the matter of adoption of 
budgets for 1%0 for primary highway maintenance, primary highway minor bet- 
terments, secondary highway maintenance, and secondary highway minor better- 
ments. He submitted budgets for each item, as follows, which the Commission 
considered carefully and approved by unanimous vote: ? 


eS. ee se ee a eae, 


5 power hoists for installation on bridge crew trucks, estimated 
total cost $1,750 


The Commission approved the request by unanimous vote. 


The Secretary presented a request from the State Parks Superintend- 
ent that the Yachats Park Road, which extends along the ocean shore line just 
south of Yachats River, in Lincoln County, be posted for reduced load limit so 
as to prevent its use by logging trucks, which now use the road for turn- 
around purposes and are rendering it impassable for general public use. The 
Engineer endorsed the request and recommended the adoption of a 50 per cent 
reduced load limit. The Commission approved the recommendation by unanimous 
vote and adopted the following resolution in regard thereto: 


WHEREAS, the following road or highway has been designated 
and declared to be and is a state highway, and has been improved and 
is being maintained by the State Highway Commission pursuant to the 
laws of the State of Oregon as a state highway, to wit: 


YaCHATS STATE PARK ROAD 


AND WHEREAS, the said above-named state highway is, in the 
judgment of ti State Highway Commission, being subjected to a kind 
and character of traffic which is damaging and injuring the said 

ighway, and, in order to protect said highway against eaid damage 
and injury, it is deemed and is the judgment of the Highway Commis- 
sion and said Commission finds that it will be for the best inter- 
ests of the said highway that the maximum weights permitted and au- 
thorized by law be reduced; 


NOW, THEREFORE, the premises being in part as above stat- 
ed, and the State Highway Commission having, as a result of due in- 
vestigation, found that the road above mentioned and hereinafter 
designated is being damaged and injured on account of the kind and 
character of traffic now being hauled over and upon said road; and, 
by reason of the fact that vehicles carrying maximum loads moved at 

. the maximum speeds specified by the provisions of the laws of the 
State of Oregon, are breaking up, damaging and deteriorating the 
said road, 


IT IS HEREBY ORDERED, that the maximum weight of combined 
load and vehicle which shall be permitted upon the within-named 
road shall not exceed the weight herein fixed. 


The maximum weights which shall apply to the following 
highway, to wit: 


YACHATS STATE PARK ROAD, from its junction with the 
Oregon Coast Highway at the south end of the Yachats Riv- 
er Bridge at Yachats, to its junction with said Oregon 
Coast Highway at a point approximately 3000 feet south of 


00 
00 
92 00 
3, 00 
8, 00 
248,029.00 
Slippery Pavements, etc. 44,725.00 
Guard Fence and Sight Posts 42,905.00 
Mile Posts 750.00 
Protecting Traffic account Washouts, etc. 43597.00 
TOTAL $533,427.00 

GENERAL SUMMARY 

~1940- 

Division I $ 21,270.00 
Division II 13,562.00 
Division III 34,215.00 
Division IV 22,181.00 
Division V 12,545.00 
Bridges 52,800.00 
Traffic Signals 18,900.00 
Highway Illumination 2,000.00 
Supervision 6,000.00 
Contingencies —17,427.00 


TOTAL MINOR BETTERMENT 
Details of Primary Minor Betterment Budget 


9 
S 
& 


-1940- 
Construction and Extension of Culverts % 21,593.00 
Improvement of Road Approaches 9,018.00 
Guard Fences 20,482.00 
Sight Posts and Mail Box Posts 3,450.00 
Grade, Surface and Oil Parking Places 600.00 
Widening 10,595.00 
Construct Masonry Walls 3,540.00 
Drains and Ditches 10,585.00 
Slope Protection 170.00 
Shoulder Oiling 2,625.00 
Place Riprap 2,335.00 


(Continued on next page) 
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Section Mrvieton f- 


Division II 


Division III 306,310.00 
Division IV 321,214.00 
Division V 366,000.00 
Supervision 45,000.00 
Total Section Maintenance $1,400,014.00 $1,400,014.00 


Division I 


Division II 170,185.00 
Division III 152,870.00 
Division IV 154,022.00 
Division V 135,975.00 
Bridge Maintenance 207,100.00 
Signs ‘70,000.00 
Traffic Lines 92,000.00 
Traffic Signals 3,500.00 
Highway Illumination 8,000.00 
Supervision 40,000.00 
Contingencies 
Total Extra Gang Maintenance  §1,149,986,00 $1..149,986,00 | 
TOTAL GENERAL MAINTENANCE $2, 550,000.00 


SEGREGATION OF GENERAL MAINTENANCE 
BY TYPE OF WORK 


PRIMARY HIGHWAYS 
Surface Maintenance $1,121, 702.00 
Maintenance of Shoulders 115,570.00 
Drainage 181,770.00 
Structures 267,605.00 
Roadside 299, 883.00 
Traffic Service 471,2%.00 
Supervision 90,000.00 
Contingencies 2,174.00 


TOTAL BUDGET 


(Extte Gang Maintenance, Secondary Maintenance Budget 1940, continued) 


Lights $ 500.00 
Signals 100.00 
Supervision 6,000.00 
Contingencies 3,720.00 


Total Extra Gang Maintenance $290,330.00 
TOTAL GENERA!, MAINTENANCE 
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(Details of Primary Minor Betterment Budget for 1940, continued) 


Clearing Stock Pile and Gravel Pit Sites 325.00 
Stabilize Slides 1,000.00 
Stabilize Sand Dunes 150.00 
Oiling 6,015.00 
Build Up Supers 450.00 
Snow Fence 4,145.00 
Raise Grade 1,800.00 
Remove Dead Trees 800.00 
Place Asphalt Arrows 300.00 
Drinking Fountains 255.00 
Build Powder House 60.00 
Improve Drainage Tunnel 140.00 
Build Crib 480.00 
Set Mile Posts and Right of Way Markers 660.00 
Grade and 0i1 2,000.00 
Bridge Betterment 52,800.00 
Traffic Signals 18,000.00 
Highway Illumination 2,000.00 

Supervision 6,000.00 

Contingencies —42,427.00 


Division I $ 35,075.00 
Division II 105,295 .00 | 
Division III 1,400.00 | 
Division IV 49,900.06 
Division V 111,000.00 
Supervision 12,000.00 
Total Section Meintenance $394,670.00 $394,670.00 
Division I $ 45,935.00 
Division II 61,965.00 
Division III 30,605.00 
Division IV 13,980.00 
Division V 8,755.00 
Bridge Maintenance 93,670.00 
Signs 13,050.00 
Traffic Lines 12,050.00 


(Continued on next page) 
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The Attorney presented to the Commission for its consideration and 
approval a deed from the City of Portland, whereby the city conveys unto the 
State of Oregon that portion of the city's property known as Benson Park, 
which lies on the north side of the Oregon-Washington Railroad and Navigation 
Comany's tracks at Multnomah Falls and extends to the Columbia River. He 
said Ssat he has inspected this deed and recommends its acceptance. The Com- 
mission by unanimous vote approved the recommendation and ordered the deed re- 
corded in the county records. 


A letter was presented from Ralph Allen of Allen's Cash Grocery, 
Marshfield, advising that, because of certain highway construction work that 
was being undertaken by the State Highway Commission in the Bunker Hill Dis- 
trict, Marshfield, during the period September 4 to October 4, 1939, he has 
lost considerable business in the sale of gasoline and oil and has been de- 
prived of profits from such business in the amount of approximately $150.00, 
which amount he is asking the State Highway Commission to pay him as demages. 
The Attorney advised that there is no legal obligation on the part of the 
State Highway Commission to compensate Mr. Allen for his loss; in fact, the 
the Commission has no legal authority to expend state funds for such purpose. 
In view thereor, the Commission decided wmanimously to deny Mr. Allen's claim 
and instructed the Secretary to so inform hin. 


The Commission considered and ordered filed two resolutions adopted 
by the Oregon Coast Highway Association at its annual meeting in Astoria on 
October 23, 1939, in one of which the Commission was urged to appropriate 
funds to complete the surfacing of the Neahkahnie Mountain Road and to make 
every effort to complete the construction of this road in the early summer of 
1940; and in the other of which the Highway Commission, the State Police De- 
partment, and other state bodies affected, are urged to take steps as may be 
necessary to enforce existing lans and secure additional laws to eliminate 
hazards created by the improper loading and overloading of logging trucks op- 
erating on state highway rights of way. 


The Secretary presented a letter from L. J. Rickard, Waldport, renew- 
ing his previous request for the construction of a sea wall along the Oregon 
Coast Highway at Waldport, to protect the state park at this location. Mr. 
Rickard advises that he has contacted two contractors who are willing to con- 
struct a 12-foot sea wall for the sum of $10,000, which is considerably less 
than the amount that the State Highway Engineer estimated the work would cost. 
The Engineer advised that it would not be possible to construct this improve- 
ment for an amount less than the original estimate unless an inferior and un- 
satisfactory type of work were done, which he could not recommend. It was 
hig thought that the project is not of sufficient importance to justify the 
expense. In view thereof the Commission decided not to undertake the improve- 
ment. 


The Commission also considered and ordered filed correspondence be- 
tween the State Highway Engineer and Mr. Clyde Edmondson, Manager of the Red- 
wood Expire Association, San Francisco, with respect to the paving of the in- 
tersection of the Redwood Highway and the Pacific Highway just south of Grants 
Pass, it appearing to the Commission that this matter has been disposed of 


non 
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Reconsideration was given by the Commission to the request of Mr. 
Emory Tresham to lease 6.1, acres of state-owned land adjacent to the Amity- 
Dayton Secondary State Highway, in Yamhill County. The Assistant Attorney ad- 
vised that Mr. Tresham has had the use of this property for the last two or 
three years and would like to renew the lease for another year, if possible, 
and is willing to pay $4.00 per acre for the same. He recommended approval 
of the request. The Commission approved the recommendation unanimously. 


The Engineer brought up for discussion the matter of encroachment of 
the service station buildings of the Standard Stations, Inc., on the state 
highway right of way at the intersection of Denver and Union Avenues, Portland. 
He recalled that at a previous meeting the Commission ordered removal of these 
buildings from the highway right of way, giving the company 90 days' time with- 
in which to do the work, which time expires December 29, 1939, and that at the 
same meeting he was instructed to investigate conditions at this location with 
the view to providing greater safety to the traveling public at this point. 

He further advised that such investigation has been made and several alternate 
plans are being studied to remedy the existing conditions, but he is not yet 
ready to make a definite recommendatior with respect to any of them. He sug- 
gested, therefore, that it would be proper to give Standard Stations, Inc. ad- 
ditional time within which to remove their buildings and suggested an exten- 
sion of time of 90 days, or until March 29, 1940. The Commission approved the 
suggestion by unanimous vote. 


The Engineer also brought up for discussion a right of way matter 
arising out of the improvement of the John Day Highway in the town of Prairie 
City. He advised that in connection with this improvement it is necessary to 
acquire some property from a Mr. W. H. Clark, on which property there is being 
maintained a very modern service station valued conservatively at approximate- \ 
ly $7,500. The city street in front of this service station, he said, is only 
50 feet wide and the service station is built to conform with such width, the 
front of the canopy over the gasoline pumps being only 25 feet from the center h 
line of the highway; so, in order to provide an 80-foot right of way, it will . 
be necessary to remove 15 feet from the front of this canopy. He further stat- 
ed that Mr. Clark's gasoline pumps are now located almost exactly on the 40- | 
foct right of way line and when the highway is reconstructed will be considered : 
as curb pumps, of which there are several along the main street in Prairie City. f 
He said that if the Commission would permit Mr. Clark to leave his pumps in the ‘ 
present location, the cost of the right of way would not be great; in fact, the ; 
damage to Mr. Clark would probably not exceed $800, including land and the re- P 
modeling of the canopyy whereas, if Mr. Clark is not permitted to maintain his 
pumps in their present location, then it will be necessary to readjust his en- 
tire service station, which would cost approximately $5,000 and would be quite : 
difficult to do in view of the limited amount of property that he ows. He re-. ; 
quested instructions. After some discussion the Commission decided, in view 
of the fact that this property is within the city limits of Prairie City and 1! 
for the further reason that gasoline pumps are being maintained on the curb 
line at several other locations in this town, that it would not be advisable . 
to require the removal of Mr. Clark's pumps. Accordingly, the Commission, by 
unanimous vote, authorized a settlement with Mr. Clark on the besis of the 
$800 estimate, leaving the pumps in their present location. 
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Washington County Resolution accepting @ portion of the Tualatin Valley High- 
way, from Multnomah-Washington County line southwesterly 
to a point opposite and 40 feet distant northerly from En- a 
gineer's Station 82+00 of the highway revision. Abandoned \ 
by state February 7, 1936. File No. 20. 


Washington County Resolution accepting 6 portion of the Tualatin Valley High- 
way from approximately Engineer's Station 160+20 of the re- H 
vised center line southerly to a point on the easterly 
right of way line of the Bertha-Beaverton Highway. Aban- 
doned by state February 7, 1936. File No. al. 


Jeckson County Resolution accepting a portion of the Pacific Highway be- 
tween Central Point and Medford. Abandoned by state 
August 14, 1935. File No. 23. 


oe ES 


Multnomah County Restlution accepting a portion of the West Side Pacific 
Highway, from Bertha to Multnomah-Washington County line. : 
Abandoned by state September 6, 1935. File No. 30. 


Lake County Resolution rejecting a portion of the Fremont Highway be- 
tween Engineer's Stations 1789+00 and 1804+40 and between 
Engineer's Stations 1810+40 and 1832+40. Abandoned by 
state October 4, 1936. File No. 37. 


Washington County Resolution accepting & portion of the Pacific Highway West, 
north of reconstructed highway between Stations 606+20 and 
635+20. Abandoned by state July 29, 1937. File No. 43. 


Dougias County Resolution accepting a portion of the Shady Point-Kelly 
Corner Section of the Pacific Highway, between Stations 
1401+00 and 1302+80. Abandoned by state November 17, 1937. 
File No. 46. 


Multnomah County Order accepting a portion of the Lower Columbia River High- 
way between Engineer's Stations 210+00 and 219450, and re- 
jecting 20rtions between Engineer's Stations 54+50 and 
59+50, and between Engineer's Stations 270+50 and 279+00. 
Abandoned by state December 1, 1937. File No. 50. Bi 
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Douglas County Resolution accepting a portion of Stephens Street Section 
of the Pacific Highway, in Roseburg. Abandoned by state 
December 21, 1937. File No. 51. 


Marion County Resolution accepting a portion of the Pringle Creek-Taylor 
Creek Section of the Pacific Highway. Abandoned by state 
on February 16, 1938. File No. 55. 


a 


: ‘ 
| Baker County Resolution accepting a portion of the Old Oregon Trail be- f 
tween Mile Posts 365 and 366; also between Mile Posts 3744 i 
and 375. Abandoned by state March 25, 1938. File No. 57. [ 
4 
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to the satisfaction of all parties concerned. 


The Assistant Attorney brought up for discussion the matter of re- 
newing the Commission's contracts with the several hospital associations. He 
advised that the services heretofore rendered by these associations appear to 
be entirely satisfactory, and recommended that the contracts be extended for 
another year on the original basis. The Commission approved the recommenda- 
tion unanimously. 


The Engineer presented a letter from Mr. Ivan E. Oakes, Director, 

Division of Operations, Works Progress Administration of Oregon, in which the 
Commission is requested to take action as may be necessary to abate the nui- 
sance caused by the close proximity to Camp Manning of two locations at which 
the State Liquor Control Commission permits the sale of beer. He recommended 
the directing of a letter to the Liquor Control Commission requesting consid- 
eration to either the cancellation of the permits or the refusal to renew the 
existing permits when they expire at the end of the calendar year. The Com- 
mission approved the recommendation by unanimous vote, whereupon Chairman Cab- 
ell signed a letter to that effect. 


The Secretary presented a mimeographed letter dated December 4, 1939, 
directed by Governor Charles A. Sprague to all state departments employing 
male help, in which Governor Sprague requests that all state departments con- 
tinue cooperation with state employees who are members of the Oregon National 
Guard or Reserve Officers Association by granting such leaves of absence or 
making such rearrangement of work programs or hourly schedules as is necessary 
to assist the personnel to carry out their required active duty training. 

The Engineer advised that this is in conformity with the plan that is now in 
effect in the State Highway Department. The Commission approved the same by 
unanimous vote, subject to the condition that it fit in properly with the 
state highway department rulings on this subject 


The Secretary presented resolutions from several county courts, 4s 
follows, accepting or rejecting short sections of state highways that have 
been heretofore abandoned by the State Highway Commission because of revisions 
in the alignment of the highways at such points: 


Douglas County Resolution accepting a portion of the Winston Bridge Sec- 
tion of the Pacific Highway, from a point 6 miles south of 
Roseburg, southerly about 0.8 mile. Abandoned by state 
May 2, 1935. File No. 6. 


Lake County Resolution accepting a portion of the Fremont Highway from 
Lakeview northerly, approximately 8 miles. Abandoned by 
state November 30, 1935. File No. 14. 


Multnomah County Order accepting a portion of the Bertha-Beaverton Highway, 
in the Fairvale District. Abandoned by state November 30, 
1935. File No. 15. 


Location - - - 107-2806 - Jefferson County Line-Prineville Section, Warm 


Springs Highway Crook County. 
‘ 2nd authorization - $1,500.00 


Total to date $7,500.00 


Location - - - 10-2825 - Gardiner Section, Oregon Coast Highway, Douglas 
Qnd authorization - $280 


County, 
Total to date $1,680.00 


Plans ----- 12-2820 - Bridge Creek~Baker County Line Section, John Day 
Highway, Grant Co. lst authorizaticn - $1,500.00 


Plans ----- 12-2821 - Rock Creek Bridge, John Dey Highway, Grant County 
lst authorization $490.00 


Plans - - - - 112-2819 - Kimberly-Dry Creek, Monument Highway, Grant County 
2nd authorization - $475.00 


Total to date $2,275.00 


Plans ----- 13-2808 - Okerman Ranch-Sage Hen Hill Section, Central Oregon 
Highway, Harney Co. 2nd authorization - $252.00 
Total to date $1,652.00 


Right of Way - 13-2808 - Okerman Ranch-Sage Hen Hill Section, Central Oregon 
Highway, Harney Cow 3rd authorization - $450.00 
Total to date $2,102.00 


Plans - ---- 18-2835 - Bly-E. Boundary Indian Reservation, Klamath Falls- 
Lakeview Highway, Klamath Co. 
2nd authorization - $650.00 
Total to date $1,650.00 


Plans - ---- 18-2840 - Odell Lake Maint. Hdgtrs., Willamette Highway, Klem- 
ath County. lst authorization - $150.00 

Stock Pile - - 20-2839 - Cushman-Camp Creek Section, Siuslaw Highway, Lane 

& Quarry County. 3rd authorization - $100.00 


Total to date $500.00 


Bridge - - - - 21-2833 - Depoe Bay Bridge, Oregon Coast Highway, Lincoln 
County. 2nd authorization - $460.00 
Total to date $660.00 
Testing - - - 121-2836 ~ Kernville Section, Siletz Highway, Lincoln County. 
lst authorization - $300.00 


Plans ----- 22-2821 - Sam Garland Bridge-Trout Creek Section, Santiam 
Highway, Linn Co. lst authorization - $1,200.00 


Testing - - - - 22-2809 - Albany Section, Pacific Highway East, Linn County 
5th authorization - $25.00 
Total to date $17,025.00 
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Jackson County Order accepting a portion of the Pacific Highway north 
from Ashland Undererossing about 1$ miles. Abandoned 
by state March 28, 1935. File No. 1. 


Washington County Resolution accepting a portion of the Multnomah County 
Line-Middleton Section of the West Side Pacific Highway be- 
tween Engineer's Station 283+00 and Engineer's Station 
321+80 (new location). Abandoned by state November 8, 1935. 
File No. 10. 


Yamhill County Order accepting a portion of the Salem-Dayton Highway be- 
tween Engineer's Stations 20+00 and 76+100 (old location). 
Abandoned by state November 18, 1936. File No. 38. 


Columbia County Resolution accepting a portion of the Mile Bridge Section 
of the Nehalem Highway. Abandoned by state November 16, 
1938. File No. 59. 


Linn County Resolution aecepting Fleming Ranch-Shindler Bridge Section 
of the Albany-Lyons Highway, including Shindler Bridge. 
Abandoned by state January 26, 1939. File No. 61. 


After due consideration the Commission approved the resolutions and ordered 
them filed in the highway department records. 


The Engineer presented a list of surveys that he has ordered since 
the last meeting of the Commission, and asked the Commission to confirm them 
and the amounts authorized for each. After due consideration, motion was made 
by Commissioner Aldrich that the State Highway Engineer be authorized and in- 
structed to make such surveys on various sections of highways of this state, 
which said sections of highways and the amounts authorized for survey expendi- 
tures are as follows: 


1-2820 - Troy Ranch Section, Old Oregon Trail, in Baker Co. 
lst authorization - $300.00 


Plans - - - - 101-2821 - Meson-Salisbury Section, Sumpter Valley Highway, Ba- 
ker County. lst authorization - $2,800.00 


Plans - - - - 202-2818 - Albany-North Section, Albany-Buena Vista Co. Road, 
Benton County. 2nd authorization - $900.00 
Total to date $1,500.00 


Right of Way - 104-2831 - Jewell-Banzer Bridge Section, Nehalem Highway, Clat- 
sop County. lst authorization - $1,050.00 


Quarry - - - - 105-2821 - Oak Ranch Creek Section, Nehalem Highway, Columbia 
County. lst authorization - $275.00 


Location - ~ - - 7-2808 - Crooked River-Prineville Section, Ochoco Highway, 
Crook County. 4th authorization - $150.00 
Total to date $1,450.00 


The Engineer advised that ell of the work on this project was sat- 
isfactorily completed on October 28, 1939, and that the reason that 


specifications. The overrun of time limit, he said, did not in- 
crease the engineering expense on this job, neither did it inter- 
fere with the use of the highway by the traveling public. He rec- 
ommended, in view of the circumstances, that an extension of time, 
from August 31 to October 28, 1939, be granted without penalty. 

A letter was presented from the Public Roads Administration concur- 
ring therein. The Commission approved the recommendation by unani- 
mous vote. 
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Saxton, Looney & Risley, Contract No. 2168, for grading, sur- 
facing, and oiling the East Unit, Rhea Creek-Heppner Section of the 
Wasco-Heppner Secondary State Highway, in Morrow County, requested 
an extension of time of 10 days, from September 30 to October 10, 
1939, within which to complete this project. They alleged that 
their failure to complete the project within the specified time lin- 
it was due to unforeseen difficulties, and circumstances beyond 
their control. The Ingineer advised that all work in connection 
with this job was completed on October 6, 1939, hence an extension 
of time of only 6 days is required. He recommended the granting of 
the extension of time covering such 6-day period without penalty. 

A letter was presented from the Public Roads Administration concur- 
ring therein. The Commission approved the recommendation unani- 
mously. 


M. L. O'Neil & Son, Contract No. 2171, for grading the Hooker 
Creek-Jordan Valley Section of the Jordan Valley Secondary Highway, 
in Malheur County, requested an extension of time from October 31 
to November 15, 1939, within which to complete this job. They at- 
tributed their failure to complete the job within the specified 
time limit to bad weather conditions which interfered with the prog- 
ress of the work. ‘The Engineer advised that all work in connection 
with this project was completed on November 13, 1939, so that an ex- 
tension of time of only 13 days is required. He further advised 
that bad weather conditions did interfere somewhat with the progress 
of the work; nevertheless, the contractor could have completed the 
job within the specified time limit had he employed sufficient 
equipment and crew during the grading operations. He recommended, 
in view of the circumstances, that the extension of time from Octo- ; 
ber 31 to November 13, 1939, be granted, but that the contractor y 
be required to reimburse the state for the extra engineering expense t 
ineurred during such period. A letter was presented from the Public b 
Roads Administration concurring therein. The Commission approved 
the recommendation unanimously. 


H. L. Rice, Contract No. 2202, for grading, surfacing, and oil- 
ing the Strebin Road-Hosner Road Section of the Troutdale-Sandy 


aka 1939 


Reconn. - -- 23-2816 - Baker County Line-Ontario Section, Old Oregon Trail, 
Malheur County. 3rd authorization - $600.00 
Total to date $2,600.00 


Location - - - 26-2838 - Steel Bridge~Interstate Avenue, Front Ave., Port- 
lend, Multnomah Co. Ist authorization - $2,000.00 


Plans and - - 26-3839 - Colwsbie-Alder Streets, Front Ave., Portland, Mult- 
Right of Way nomah County. ist authorization - $1,500.CO 


Testing - - - - 26-2840 - Bridal Veil Section, Columbia River Highway, Mult- 
nomah County. lst authorization - $270.00 


Manzanita Junction, Oregon Coast Highway, Tillamook 
County. lst authorizstion - $115.00 


Reconn. & Cricket Flat-Wallowa County Line Section, Wallowa 
Location Lake Highway, Union County. 
1st authorization - $3,100.00 


Criterion-Cow Canyon Section, The Dalles-California 
Highway, Wasco Co. Ist authorization - $575.00 


Testing - - 33-2815 - Seufert-Dufur Section, The Dalles-California Hwy. 
Wasco County. Ath authorization - §250.00 
Total to date $584.00 


134-2823 - Campbell Bridge-Laurel Road, Hillsboro-Silverton Rd. 
Washington Co. lst authorization - $500.00 


235-2811 - Fossil-Kinzua Section, Kinzua County Road, Wheeler 
County. lst authorization - $500.00 


235-2811 - Fossil-Kinzua Section, Kinzua County Road, Wheeler 
County. end authorization - $100.00 
Total to date $600.00 


The motion was duly seconded by Commissioner Clough and was declared by Chair- 
man Cabell to have carried by the unanimous vote of the Commission. 


The Commission had under consideration the following requests for 
extensions of time within which to complete highway construction projects: 


Mountain States Construction Company, Contract No. 2163, for 
grading, surfacing, and oiling the Noyes Ranch-Cove Section of the 
Sove Secondary State Highway, in Union County, requested an exten- 
sion of time from August 31 to November 15, 1939, within which to 
complete this job. They attributed their failure to complete the 
project within the specified time limit to failure of the La Grande 
Concrete ‘ipe Company to deliver certain materials for this job. 
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rock in stock piles on the East Unit, Rhea Creek-Heppner 
Section of the Wasco-Heppner Secondary Highway, in Morrow 
County. Completed October 6, 1939. 


Contract No. 2171, with H. L. O'Neil & Son, for grad- 
ing the Hooker Creek-Jordan Valley Section of the Jordan 
Valley Secondary Highway, in Malheur County. Completed 
November 13, 1939. 


Contract No. 2203, with Blair T. Alderman, for road- 
side improvement on the Junction City-Eugene Section of 
the Pacific Highway, in Lane County. Completed November 


30, 1939. 


THEREFORE, BE IT RESOLVED, that the work covered by said 
state highway contracts for the construction of said state highway 
projects be declared completed according to the terms of the respec- 
tive contracts, and said jobs are hereby accepted and final payment 
in connection with each is hereby authorized. 


The Commission considered and signed agreements, et cetera, 45 fol- 


lows: 


Agreement with Charlotte A. Fuchs, providing for the elimine- 
tion of a timber cattle pass at Mile Post 224.22 on the Central 


Oregon Highway, in Malheur County. 


Agreement with Wasco County, providing for county maintenance 
of the lower Fifteenmile Creek County Road, from its junction with 
The Dalles-California Highway to a point approximately 3 miles 
southerly therefrom, after construction of the same by the state 4s 
a federal aid secondary highway, being project FAS 44-A(1). 


Agreement with Castle Films, Inc., providing for the Gistribu- 
tion and showing of the film "Old Oregon Trail". 


Agreement with the United States of America, providing for ad- 
vancement of state funds in an amount not to exceed £4,000 to pay 
non-labor items in connection with the Wolf Creek Highway W.P.aA. 
project during the month of December, 1939. 


Easement granting to the Southern Pacific Company for the sum 
of $1,027.30 a right to construct, operate, and maintain a railroad 
wye track and appurtenances on certain state-owned property in Al- 
bany, being Right of nay Transaction No. 5151. 


Easement from the Portland General Electric Company, authoriz- 
ing the state to occupy 4 certain portion of the company's property 
on the Water Street Section of the Pacific Highway East, in Oregon 
City, being Right of Way Transaction No. 1421. 


County Road, in Multnomah County, requested an extension of time from 
September 30, 1939, to July 1, 1940, within which to complete this 
project. He attributed his failure to complete the project within the 
specified time limit to delay in awarding this contract to him. The 
Engineer advised that the Commission took bids for this project on 
May 19, 1939, but that the contract was not awarded until July 13, 
1939, 53 days later, when approval of the project was obtained from 
the Public Roads Administration, which cooperated in the cost of the 
work. He further advised that the contractor started clearing opera- 
tions on July 21 and commenced the construction of his gravel- 
crushing plant on July 31; but, owing to various difficulties, was 
able to manufacture only 100 cubic yards of materials by September 
15, when, accoiting to the contract, the oil mat surface treatment 
showld have been placed. On account of the fact that there was near- 
ly two months’ delay in awarding this contract, he said, it was not 
possible for Mr. Rice to complete oiling work this year; in fact, he 
has been ordered not to do such work until weather conditions permit. 
He recommended, in view of the circumstances, that an extension of 
time of 53 days after the resumption of construction operations in 
the spring be granted without penalty, but that the contractor be re- 
quired to maintain the road during the winter season and to perform 
whatever work is necessary in the spring to put the road in condi- 
tion for oil mat wearing surface. A letter was presented from the 
Public Roads Administration concurring therein. The Commission ap- 
proved the recommendation by unanimous vote. 


The Engineer reported that Contracts Nos. 2151, 2163, 2168, 2171, & 
for the construction of state highway projects, have been completed ac- 
cording to the requirements of the contracts or modifications thereof, and 
that said jobs are ready for acceptance. 
the above projects was offered and was adopted by the unanimous vote of the 
Commission: 


WHEREAS, the Engineer has reported that the following State 
Highway Commission contracts for the construction of state highway 
projects have been completed according to the terms and provisions of 
the contracts, and said jobs are now ready for acceptance: 


Contract No. 2151, with Colonial Construction Company, 
for clearing, grading, and toe embankment on the Corbett 
Station-Rooster Rock Section of the Columbia River Highway, 
in Multnomah County. Completed November 30, 1939. 


Contract No. 2163, with Mountain States Construction 
Company, for grading, surfacing, oiling, and furnishing 
crushed gravel on the Noyes Ranch-Cove Section of the Cove 
+ a Highway, in Union County. Completed October 28, 


Contract No. 2168, with Saxton, Looney & Risley, for 
grading, surfacing, and oiling, also furnishing crushed 
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Transaction No. 6927 and No. 7152. 


Agreement with the Portland General Electric Company, being 
a revocable permit for the use of one of the company's power poles 
at a place known as Six Corners on the Pacific Highway West, in 
County, for the purpose of suspending an overhead flash- 
ing beacon at such location. 


Agreement with the Portland General Electric Company, being a 
revocable permit for use of three of the company's poles at the 
Fairgrounds Road and Myrtie Avenue, Salen, for the purpose of sus- 
pending therefrom an overhead flashing beacon. 


Agreement with the Tidewater Associated Oil Company, being @ 
revocable permit granting the state permission to maintain a pole 
in the corner of the company's property at the intersection of 
Myrtle Avenue, Fairgrounds Road and Tile Road, Salem, for the pur- 
pose of suspending an overhead flashing beacon. 


The Commission discussed the advisability of holding 4 special meet- 
ing between now and its regular meeting on January 11 and 12, 1940, for the 
disposal of accumulated routine matters, and decided to hold such meeting in 
Salem on Wednesday, December 20, 1939, following its inspection of the Wilson 
River and Wolf Creek Highways on the preceding day. 


There being no further business to come before the Commission at 
this time, the meeting was adjourned at 4:30 o'clock p. nm. 
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MINUTES OF OREGON STATE HIGHWAY COMMISSION 
COVERING PERIOD 
FROM 
DECEMBER 9, 1939 
THROUGH 
MARCH 31, 1940 


OREGON STATE HIGHWAY COMMISSION 


Henry F. Cabell, Chairman 
E. B. Aldrich, Commissioner 
Huron W. Clough, Commissioner 


R. H. Baldock, State Highway Engineer 
H. B. Glaisyer, Secretary 


HEADQUARTERS AND GENERAL OFFICE OF DEPARTMENT 
LOCATED AT SALEM, OREGON 


TABLE OF CONTENTS 
Subject 


Attractions along highways. Privately-owned attractions, in- 
cluding Sea Lion Caves, not to be shown on highway maps. 

Tigard. Action on oiling strips adjacent to pavement deferred. 

Real property. Resolution authorizing acquisition. 

Nehalem Sand Spit. Scale of prices for property adopted. 

Taxes. Payment of outstanding taxes in order to effect right 
of way settlements authorized. 

Condemnation. Recommended offers. Resolution adopted as follows: 
Albany Section of Pacific Highway East; 

Tigard Section of Pacific Highway West; 
Oregon City Section of Pacific Highway East 
Cottage Grove Section of Pacific Highway. 

Bandon. Right of way negotiations to be abandoned pending de- 
cision relative to delinquent taxes. 

Historical sites. Not to be acquired within cities and towns. 

Depoe Bay. Report on proposed parking site for automobiles. 

Sale of building. Field office building located at Lobert 
Overcrossing, Klamath County, sold to L. K. Porter. 

Arch Cape. Purchase of Edward W. Smith property authorized. 
Negotiations to be continued for purchase of tract from Anna 
CG. Taylor. : 

Oregon Coast Highway. Manzanita-Fisher's Point Section. Ac- 
quisition of right of way to be deferred. 

Footpath. Vicinity of Manzanita School. County offers coopera- 
tion in construction. Decision deferred. 

Park matters: 

Alkali Lake and McDermitt Creek CCC Camps:- Acceptance as 
oases or state park sites deferred. 

Saddle Mountain State Park:- Game refuge to be established by 
Legislature. Attorney to prepare bill. 

Ecola State Park:- Fence to be constructed around property of 
Mrs. F. G. Minott as barricade against elk from park. 
Cascadia:- Acquisition of Giesendorfer property deferred. 

Timber strips. Wilson River Highway. Options to be secured 
on section from Summit of Coast Range to McNamers Camp. 

Tigard. Deposit of H. N. Peabody for purchase of service sta- 
tion building and facilities to be returned. Station to be 
readvertised. 

Oregon Coast Highway. Taft. Widening of pavement deferred. 

Willamette River Bridge at Salem. Expense of maintaining lights 
not to be assumed by state. 

Sidewalk. Waldport. Action on request for construction de- 
ferred. 

Beaver Creek Bridge. Widening deferred pending permanent re- 
vision of Oregon Coast Highway. 

Oregon Coast Highway. Report ordered on improving slignment 
southerly from Tillamook city limits. 
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Subject 


Log hauling. fF. E. Butt offers services as inspector of log- 
ging equipment «nd loading. 

Oregon Coast Highvay. Port Orford and Gold Beach. Suggestions 
presented for proposed improvement. 

Wierren. Kequest of Leon D. Pitts to construct roadway between 
new and old highway denied. Area to be landscaped. 

Pacific Highwey. Sutherlin. ‘widening of Calapooya Street, 
route of highway, approved. 

Buildings. [ugene. Remodeling maintenance building «nd con- 
struction of storage building approved. 

Oregon City. ill presented by aporaisers in Security ana In- 
vestment Company condemnation suit approved. 

North River Road. Salem. State to assume expense of damage 
repairs. 

Interstate Bridge. Chairman Cabell authorized to give written 
consent to renoval of street car tracks. 

Nehalem Sundsoit. irs. idna A. Bell refuses Commission's of- 
fer for seven lots. 

Extensions of time, as follows: 
Coos Bay. Dredging Company, Charleston-siner Creek Section; 
Roy L. Houck, Albany Overcrossing Section; 
Odom Gonstruction Comouny, school building at Manning. 

Contracts completed and accepted, as follows: 
Charieston-Miner Creek Section, Coos Bay Dredging Company 
Albany Overcrossing, dountain Stutes Construction Company; 
Bunker Hill Section, Roy L. Houck; 
Lobert Overcrossing, Edlefsen-j.eygandt Company; 
West Unit, Stanfield-Pendleton Hill Section, M. ©. Meyers & 
Son; 
Weston-Elgin Rock Production Project, F. R. Hewett; 
Maupin-Cow Canyon Section, A. 5. Wallace. 

Date for February meeting set for 15th and 1éth. 

Agreements, et cetera, signed as follows: 
Lease of borrow 2it near Tigard secured from Mrs. zelda Ploe- 
ger; 
Bargain and sale deed con eying unto Bail A. Johnson land in 
Tigard; 
Lease of quarry site from County Court of Lake County 
Helease of cattle pass by Herman Beilke, in Umatilla County; 
Release of cattle pass by Stephen Spike, in Umatilla County; 
Extension of CCC campsite lease at “oahink Lake from James ¥’. 
and kana C. Ford. 
Cooperative and license agreement with United States of Ameri- 
ca providing for lease of land in Jefferson County. 

Log hauling. Conference relative to dropping of logs on high- 
ways and removal of same. (See page 9333) 

Bids received on following projects: 
Summit-Mist Section, surfacing, oiling, crushed rock; 
Lapine-West Forest Poundary Section, grading, surfacing, oil; 
Chemult-Fort Klamath Section, crushed rock; 
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Reedsport. Landscaping we connection of Umpqua and Oregon 
Coast Highways approved. 

The Dalles. Report on refusal of Dr. Thompson to remove neon 
gign at his camp ground on Columbia River Highway. 


Traffic signal and flashing beacon. Klamath Falis. Insteile- 


tion approved. | 
Klemath Falls Undercrossing. Painting of traffic stripes ap- | 
proved. | 
Laboratory building. Engineer to report on need for same. 
Claim. &. E. Warren's claim for automobile tire damaged on 
East Portland—Oregon City Highway approved. 
Snow removal. McKenzie Highway between Blue River amd Pole 
Creek. Expenditure of 41,000 approved for this winter. 
Columbia River. Dredging operations in vicinity of Multnomah 
Falls. Financing state's share of cost discussed. 
Grants Pass. Action deferred on request of city for state aid 
in constructing roadway into city park from Pacific Highway. 
Lacquer. Purchase of traffic line lacquer for 1940 approved. 
Intérstate Bridge. Attorney to attempt to collect costs of 
damages to barriers and gates caused ty motorists. (see 9308) 
Western Association of State Highway Officials. Mr. Cabell and 
Mr. Baldock to attend meeting in Reno, Nevada, Jan. 5, 1940. 
Mr. wcCullough to attend meeting in Santa Fe if representa- 
tion necessary. 
Historical markers. Committee appointed to designate locations 
for markers along 01d Oregon Trail. 
Award of contracts. Commission approves following awards: 
Cow Hollow Creek-Owyhee School Section, M. L. O'Neil & Son; 
East Fork Illinois River Bridge, J. F. Johnston. 
Salem-Dayton Secondary Highway. Spaulding Ranch Section. Ab- 
andonment resolution. 
Signposts or racks. Regulations adopted relative to installa- 
tion and representation. 
Signs. Request that "Timberline" signs be changed to "Timber- 
line Lodge" aporoved. 
Log hauling. Trucking of logs in vicinity of Prineville during 
Saturday afternoons and Sundays approved for three months. 
Junction City. Commission to take no action in establishing 
gones. Setbeck line of 15 feet on each side of highway recom- 
mended. 
Sunny side-Umapine Secondary Highway. To be designated a through 
highway. Signs to be erected at intersecting roads or streets. 
Waldport. Request for loan of services of an engineer approved. 
Warm Springs Highway. Placing of section from Madras to junc- 
tion with Wapinitia Highway on federal aid system requested. 
Rickreail Cutoff. Proposed route opposed. Alternate route 


suggested. 
Sidewalk. Request for construction from Roseburg to Garden Val- 


ley County Koad. 
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Rock. Sale of rock from state's quarry near Seaside to Clat- 
sop County approved. 

Elsie-Jewell County Road. Reconsideration of request that 
road be placed on state secondary highway systen. 

Pea-vining equipment. Special permits for movement of equip- 
ment requested by Maling Company and Wentworth & Irwin Co. 

Awards. Commission announces awards of contracts and sale of 
building. (See page 9288). 

McMinnville-Tillamook Highway. Sheridan. Improvement requested. 

Portland. East 39th Avenue. Designation and improvement as 
arterial highway route requested. 

Hood River Secondary Highway. Dee-Parkdale Section. Report on 
plans for improvement requested. 

Log hauling. C. L. Hoover granted permission to heul logs on 
Columbia River Highway, short distance west of Hood River. 

Hood River County. County Court requests several nighway im- 
provements. 

Irrigation canal across Ochoco Highway near Powell Butte. Con- 
struction on basis of skew design approved. Irrigation Dis- 
trict to cooperate in cost. 

Traffic light. Hubbard. Request for installation denied. 

Speed limit. Hubbard. 35-mile per nour signs to be erected. 

Springfield. Request for state to assume expense of replacing 
lights on Willamette River Bridge. 

Lights on bridges. State to assume expense of replacement. 4 

Traffic lights. Jefferson. Request referred to Engineer. 2 

Pedestrian lanes. Jefferson. Request for painting of lanes 
across highway referred to Engineer. 

Traffic light. Cornelius. Request for installation renewed. 
Oregon Coast Highway, between Marshfield and North Bend. Re- 
quest for installation denied. 

Portland. Installation approved at intersection of Sandy 
Boulevard with Prescott Street, Columbia Boulevard, and N. E. 
105th Street. e 
Burns. Request for installation denied. a 
Portland. Installation approved at intersection of U. S. a 
Highway 99 West with S. W. Terwilliger Boulevard, S&S. . 19th y 
Street and S. ¥. 30th Street. 

Cascade Lakes Forest Highway. Improvement from junction with 
Willamette Highway to Crescent Lake requested. 

Portland. iequest for paving of shoulders adjacent to McLough- 
lin Boulevard at intersection of street leading to Bybee Ave- 
nue denied. 

Yaquina Head Lighthouse Road. Improvement of road leading from 
Oregon Coast Highway to Lighthouse denied. 

Siletz Secondary Highway. Improvement discussed. 

Lower Columbia River Highway. Prescott Hill Section. Improve- 
ment requested. 

Baker-Homestead Highway. Flagstaff Hill-Lower Powder Section. 

Light oil treatment tentatively approved. 


Subject 


Bids received on following projects (continued); 
Lost River Section, grading, surfacing, road oil; 
Concrete viaduct over Lost River and concrete siphon; 
Albany Section, grading and paving; 
Hay Canyon Section, grading, surfacing, crushed rock; 
Buildings in Tigard. 

Gravel pit. State's contractor to use Klamath County pit in 
connection with construction of Lost River Project. 

The Delles-California Highway. Improvement north and south 
from Klamath Falls discussed. 
Flume Section. Improvement and grade line change discussed. 

Klamath County. Additional federal aid seconmiary highway funds 
discussed. 

Cascade Lakes Forest Highway. Improvement from Willamette High- 
way junction to Crescent Lake discussed. 

Westside Klamath Lake Secondary Highway. Improvement near 
Fremont Bridge, in Klamath Falls, requested. 

Sidewalk. Construction on Fremont Bridge, Klamath Fells, re- 
quested. 

Drainage. Bly. Condition at intersection of Klamath Falls- 
Lakeview Highway and county road to be investigated. 

Morrow County. Several highway improvements discussed. 

Saxton, Looney & Risley. Additional time granted to furnish 
bonds in connection with contracts awarded Dec. 7 & 8, 1939. 

Tigard. E. C. Warren requests construction of temporary ap- 
proach to his service station, pending completion of highway. 

Minutes of August 31 amd September 1, 2nd of September 27 and 
28, 1939, approved. 

Buildings. List of new buildings needed. List of buildings 
approved for 1940 construction. 

Laboratory building. Additional land needed to be acquired 
from State Penitentiary. 

Warm Springs Highway. Designation as federal aid highway urged. 

Lower Columbia River Highway. Deer Island. Report on proposed 
improvement. 

Oregon Coast Highway. Beaver. Bridge over Beaver Creek to be 
widened in lieu of revision of highway. 

The Dalles. Neon sign maintained by Dr. Thompson to be left in 
present location. 

North Umpqua Highway. Keport on justification of standard-type 
bridge across Steamboat Creek. 

Footpath. Oregon Coast Highway from Tillamook to Trask River 
Bridge. Engineer's report. Decision deferred. 

Hubbard. Destruction of traffic island by 0. E. Powell at en- 
trance to his service station. 

west Portland-Hubbard Highway. Delegation urges completion, 

ElsieJewell Road. Delegation urges designation as state sec- 
ondary highway. 

Tongue Point State Park. Clatsop County requests state to deed 
back part of park to county. 
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Page Date 
1940 
9313 Jan. 11 


9314 


9315 
Jan. 12 


9320 


9321 


9316 
9317 
} 
| 
: 
: 


9325 


Subject 


Extensions of time, as follows: 

Mountain States Construction Company, Nehalem River Bridge; 

E. C. Hall Company, Silver Lake-Harris Creek Section. 
Contracts completed and accepted, as follows: 

John Day-Prairie City Section, E. L. Rigdon; 

Silver Lake-Harris Creek Section, E. C. Hall Company. 
Date for meeting in March tentatively set for 2lst and 22nd. 
Bids received on following projects: 

South Unit, Oregon City Section, grading and paving; 

South Unit, Oregon City Section, viaduct and retaining wall; 

Mist-Vernonia Section, crushed rock; 

Bend-Willican Section, crushed gravel; 

Frame office building and addition io existing maintenance 

building at Medford; 

Dairy Section, grading, surfacing, oiling, crushed rock; 

Cushman-Swisshome Section, crushed rock; 

Pleasant Hill-Oekridge Section, surfacing, oiling. 

Right of way budget. Attorney's report. 

Columbia River Highway. Dodson Flat. Options for right of way 
to be secured. 

Real property. Resolution authorizing acquisition. 

Eugene. Mrs. Rose Hollenbeck to be reimbursed if taking of ad- 
ditional right of way increases cost of constructing residence 
building. 

Plans for Eugene project to be studied. 

Portland. Payment of assessment made by city against state- 
owned property approved. 

Oregon Coast Highway. Bandon. Negotiations for acouisition 
of right of way deferred. 

Forestry Department. Request permanent easement for use of 
roadway across stock pile site in Lane County. 

Yye connection. Purchase approved of area at connection of 
Lakeview-Burns and Central Oregon Highways, Harney County. 
Maintenance headquarters. John Day. Attorney to negotiate for 

acquisition of additional land. 

Pacific Highway. Albany. Offer of settlement for right of way 
across land owned by Harry Dinkle. 

Tigard. Settlement authorized with Emil A. Johnson for moving 
his prooerty. High bid submitted by Odom Construction Co. 

Condemnation resolution: 

Lost River Section, Klamath Falls-Malin Highway. 

Salem. Building acquired from Duane Gibson in revision of Pa- 
cific Highway to be rented through local agency. 

Oasis. Alkali Lake. Oifer of U. S. Division of Grazing rela- 
tive to maintenance. Decision deferred. - 

Log hauling. Molalla. Violations of vrovisions of permits to 
be investigated. 

Load limit. Authority granted to reduce load limit on Nye 
Junction-Ukiah and Prairie City-Unity Sections when necessary. 


Subject 


Wasco-Heppner Secondary Highway. Resurfacing and oiling in vi- 
cinity of Condon requested. 

Hospital Association. Physicians and Surgeons Association re- 

} quests modification of agreement. Referred to Attorney. 

Political activities of employees. Wo change to be made in 
present policy. (Adopted January 1934) 

Railroad grade crossings. Discussion of resolution prepared 
by Union Pacific System relative to federal appropriations. 

American Association of State Highway Officials. Payment of 
dues for 1940 approved. 

Nyssa. Grade separation project. Acquisition of privately- 
owned property discussed. Union Pacific Company refuses co- 
operation. 

Interstate Bridge. Discussion of reimbursement for bridge dan- 
ages caused by motorists. (See page 9276) 

9309 Claim. Settlement with Jack Carey for damages to his car en- 

route across Interstate Bridge. 

Equipment. Engineer authorized to purchase following: 

1 6-ton roller; 1 6-ton trailer; 7 550-gallon kettles; 
2 200-gallon kettles; 1 100-gallon kettle; 2 pickup trucks; 
6 dump trucks; 9 trucks of Ford and Chevrolet type; 2 pick- 
up trucks for Landscaping Department; and 1 157" wheel base 

' truck for Parks Department. 

9310 R. H. Baldock and C. B. McCullough to attend meeting of Western 
Association of State Highway Officials in Santa Fe, N. M. 

Sunset Camp-Vernonia county road. Designation as state second- 
ary highway requested. Reauest denied. 

Old Oregon Trail Historical Marker Committee. Ray Conway, Lewis 
A. McArthur and Walter Meacham accept appointments. 

Claim. Allen's Cash Grocery renews claim for loss of business 
during construction of Bunker Hill project. 

Portland. Peninsula Golf Club to be reimbursed for extra ex~ 
pense incurred by reason of delay in highway improvement. 

9311 Bugene. Pacific Highway. Proposed routing opposed. 

Agate-bearing gravel and sand. Commission urged to stop re- 
moval of same between Newport and Otter Crest. 

Portland. Lombard Street. Fortland Traction Company offers 
cooperation in cost of improvement when street-car rails re- 
moved. Survey to determine cost of improvement ordered. 

Survey. Klamath Falls. Survey on South 6th Street south to 
highway department shops approved. 

San Francisco Fair. Expenditure of $10,000 in 1940 to assist 
in financing Oregon exhibit approved. 

Wolf Creek Highway. Payment of non-labor items for January and 
February, 1940, approved. 

9312 Mr. Cabell authorized to write to Works Progress Administrator 

relative to securing approval of new project. 

Surveys. List of surveys ordered since last meeting. 

Resolution approving surveys completed. 


9308 


age Date 
1940 
9337 Jan. 25 


9339 


9340 


9341 


9342 


9344 


9345 


Subject 


Tigard. Pacific Highway West. Reconditioning present route 
approved. 

Crater Lake Highway. Collection of toll from motorists who do 
not visit Crater Lake. Objections presented. 

Crater Lake. Objections to relieving bus companies operating 
from Medford and Klamath Falls from payment of state trans- 
portation fees and gwjoline tax. 

Real property. Resolution authorizing acquisition. 

Tigard. Alterations in plans for moving Methodist Episcopal 
Church building and parsonage approved. (See page 9370) 

Pacific Highway. Grants Pass. Settlement approved with M. B. 
Reeder for cancellation of lease on R. 0. Borland property. 

Salem. Duane Gibson property. Repair of sewer facilities ap- 
proved. Decision on sale of property deferred. 

Wolf Creek Highway. Status report ordered filed. 

Yamhill-Newberg Secondary Highway. Resurfacing requested. 

Tualatin Valley Highway. Widening for four lanes of traffic 
between Sylvan and Beaverton requested. 

Territorial Secondary Highway. Reconditioning and oiling from 
Gillespie Corners to Lane-Douglas County line requested. 

Crook County. Powell Butte Grange requests several highway im- 
provements. 

Vale West Secondary Highway. Improvement in 1940 requested. 

Springfield-Creswell Secondary Highway. Oiling requested. 

Bond. Assistant State Highway Engineer to be included under 
schedule bond furnished by Ohio Casualty Insurance Company. 

Deschutes County. County Court accepts abandoned portion of 
The Dalles-California Highway, in onc near Redmond. 

Jackson County. County Court accepts abandoned portion of 
Tiller-Trail Secondary Highway. Abandoned March 9, 1938. 

Checks. Disposal of long-standing checks deposited by contrac - 
tors. 

Arrow Transportation Company. Permission granted to transport 
special sanding equipment for icy pavements on gasoline tank 
trucks. Resolution adopted. 

Oregon Coast and Pacific Highways. Letter of complaint on con- 
dition ordered filed. 

Eugene. Pacific Highway. Proposed rerouting opposed. 

Dayton. Invitation renewed for Commission to attend banquet 
upon completion of Dundee Section, Pacific Highway West. 

Historical monument. Florence. Erection of monument honoring 
the late George Melvin Miller discussed. 

Enterprise-Lewiston Highway. Fence construction. Twain Bodmer 
offers to donate 60-foot right of way if permitted to con- 
struct fence. State to negotiate for 80-foot rignt of way. 

Nehalem-Manzanita County Road. Detour road. Tillamook County 
offers cooperation in cost of improvement in vicinity of 
Manzanita School. 

Forest highway program for 1941. Joint letter to Chief, For- 
est Service, signed recommending projects. 


Page Date 
1940 
9325 Jan. 12 


9326 


9327 


9329 
9330 


9332 


9332 
9233 


9335 


336 


abject 


Historical monument. Erection on Pacific Highway near junc- 
tion with Belle Passi Cemetery Koad, Woodburn, requested. 

Astoria. Astor Street Project. State requested to cooperate 
in cost of trial in connection with removal of buildings. 

Safeway Stores, Inc. iiequest permit to operate overheight 
equipment between Ontario and Snake River. 

North Umpqua County Road. Construction of one-mile section 
from end of present improvement requested. 

Forest highway program. Conference relative to funds available. 

Bridges. Pudding kiver Bridge at Aurora to be constructed with 
1941 funds. 

Steamboat Bridge to be replaced with old Pudding River Bridge. 

Cascade Lakes Forest Highway. Construction of section near 
town of Crescent Laxe discussed. 

Forest highway orogram for 1941. List of projects approved. 

Forest highway funds. Lotter to Chief, Forest Service, rela- 
tive to allocation of funds for surveys and maintenence work. 

Portland. front Street Project. Right of way agent to assist 
city officials in appraising property. 

State financed projects. List of approved projects to be pre- 
pared. 

Saxton, Looney & Risley. Additional time granted to furnish 
bonds in connection with contracts awarded December 7, 1939. 
Contracts to be awarded to next low bidder if bond not fur- 
nished in time-limit extension. 

Columbia River. Provosed agreement with United States War De- 
partment for use of dredged materials discussed. 

Awards. Commission announces awards of contracts. 

Bond. State Highway Engineer to be protected under schedule 
bond furnished by The Ohio Casualty Insurance Company. 

Saxton, Looney & Risley. Extension of time in which to fur- 
nish bond to be confirmed by Secretary. (See oage 9330) 
Assignment of contracts awarded December 7, 1939, not ap- 
proved. 

Log hauling. ules and regulations approved relative to dis- 
posal of lost logs and method of loading. 

Ection deferred on modifying rules for overlength loads. 

Agreements, as follows, considered and signed: 

Leonard & Slate, insurance furnished in connection with ferry 
service across Willamette River at Wilsonville; 

Andrew Stambuck, insurcnce furnished in connection with ferry 
service across Coos River at Enegren Ferry; 

Emery Tresham, lease of property in Yamhill County; 

Klamath Indian Agency, lease of Indian lands in Klemath County 
for stock pile site purposes; 

Oregon Electric Railroad Company, construction of Tigard rail- 
road grade separation project; 

United States of America, advancement of non-labor items on 
Wolf Creek Highway .P.A. Project for January, 1940. 
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Page Date 
9355 Feb. 15 


9356 


9357 


9358 


9360 


9361 


Subject 


Survey. Alsea-Deedwood Secondary Highway. Survey authorized 
from end of present highway to Five Rivers. 

North River Road. Albeny. Difficulties encountered in secur- 
ing 60-foot right of way. 

Alsea-Deadwood Secondary Highway. Redesignation as secondary 
highway of 5-mile section deleted from system requested. 

Three Flags Highway. Delegation confers relative to improvement. 

yen 0" da Day Highway. Inspection in vicinity of Fox or- 

ere . 

Celilo. Delegation confers relative to widening of Columbia 
River Highway and cleaning up of village. 
Pedestrian underpass between village and store suggested. 

Sale df building. Corvallis-Rastside Secondury Hightay. Low 
offer of Paul Nordyke refused. Compromise sale price recom- 
mended by state. 

Peavining equipment. Separate permits for each movement of 
equipment to be granted B. Maling Company, Inc. 

Wasco-Heppner Secondary Highway. Improvement discussed. Funds 
heretofore budgeted not to be reallocated. 

Klamath Lake Secondary Highway. Improvement in Klamath Falls 
not to be undertaken. 

Snow removal. Weston-Elgin Secondary Highway. Request denied. 

Corvallis. Pacific Highway West and Albany-Corvallis Highways. 
Delegation urges rerouting. Investigation ordered. 

Hubbard. 0. E. Powell confers relative to traffic island in 
front of his service station. Demands access from highway. 

Awards. Commission announces awards of contracts and sale of 
buildings. 

Springfield-Cresvell Secondary Highway. Jusner-—licKenzie High- 
way Section. Delegation urges improvement. 

Guard rail. Jasper. Construction along Springfield-Creswell 
Secondary Highway at bridge requested. Action deferred. 

Traffic lights. Jasper. Installation at bridge requested. Ac- 
tion deferred. 

Insurance. ifodification of insurance requirements in connec- 
tion with transportation of overlength loads requested. 

Traffic light. Cornelius. Request for flashing beacon denied. 

Cornelius. No-parking strips to be painted in lieu of instal- 
lation of flashing beacons. 

Historical marker committee. Old Oregon Trail. Report rendered 
on proposed sites. 

Bonneville Authority. First movement of oversized equipment 
to be covered by written permit; subsequent ones by telegram. 

Saxton, Looney & Risley. Request relief from payment of pen- 
alty imposed for failure to enter into Warm Springs Agency- 
Vanora Section contract. 

Insurance. Group insurance for employees. Proposition of 
Mutual Benefit Health and Accident Association presented. 
Attorney to investigate. 


P 


ne Bi 
9345 Jan. 25 
9346 


9347 


9349 


9350 


9351 


Feb, 15 
9352 


9353 


9354 


Subject 


Saxton, Looney & Risley. Discussion of assignment of contracts 
awarded December 7 and 8, 1939. 

Political activities of employee. Glen Ditto not to continue 
as member of Board of Directors » Junction City School. 

Wolf Creek Hightmy. State to pay claim of Contractor's Equip- 
ment Corporation for rental of road ripper. Establishment of 
policy of paying claims direct rather than thru W!.P.A. discussed. 

Obsidian. Request of Ernest Thomas Cast Stone Company to col- 
lect. black obsidian from state park ct Bend denied. 

Andersen Construction Company. Payment of final estimate or- 
dered on contract for Miller Flat-Agency Section. 

Pacific Highway. Siskiyou Summit. Sale of service station 
building acquired from W. B. Norris denied, 

Accident to employee. Attorney to intercede vith Accident Com- 
mission in behalf of S. c. Millard, injured while on duty. 

Surveys. List of surveys ordered since last meeting, 

Extensions of time as follows: 

M. L. O'Neil & Son, Tudor Ranch-Bluc Mountain Pass Section; 
Denten & Young, bridge over Lang Canyon. 
Contracts completed and accepted, as follows: 
Bridge over Nehalem River, Mountain States Construction Co.; 
Tudor Ranch-Blue Mountein Pass Section, M. L. O'Neil & Son; 
Structural steel for Glenwood Undercrossing, Llinneapolis- 
Moline Power Implement Company. 

Agreements, et cetera, signed as follows: 
P. L. Crooks & Com Claim for extra c tion aris 
out of Contract No. 1357; — _ 


Sherman County maintenance of Moro-Hay Canyon County Road; 
Berkley A. Davis and wife, elimination of cattle pass; 


Mrs. Ella Cook, installation of pole for traffic signal; 
Leo F. Smith, purchase of timber tract at Arch Cape Tunnel; 
Vasco County Court, assignment of funds to pay for crushed rock; | 
United States of America, advance of funds to pey. for non-~ | 
labor items on ‘iolf Creek Highway project during Feb. 1940; 
Quitclaim deed conveying unto Shevlin-Hixon Company land in 
Deschutes County. 
Bids received on following projects and buildings: 
Miles Bridge-Baker and Baker-Salisbury Sections » surf.& oil; | 
Repair bridge over Willamette River at Corvallis; 
C.0.1.D. canal bridge near Redmond; 
Mussel Creek-Myers Creek Section, crushed gravel; 
John Day-Prairie City Section, grading, surfacing, oiling; 
Warm Springs Agency-Vanora Section, surfacing and oiling; 
Silver Lake-Chalk Cliff Section, grading, surfacing, oiling; 
Fir Creek-Laurel Road Section, grad.; surf.; oil.; and bridge; 
Building and residence tract at Corvallis; 
Building at Scappoose. | 
Oregon Coast Highway. Bunker Hill Section. Purchase of prop- | 
erty involved in slide areo approved. 
Alsea-Deadwood Secondary Highway. Construction of short section 
north of Bummer Creek requested. 
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Page Date 
1940 
9372 Feb. 16 


9377 


9378 


9379 
9380 


9381 


9382 
9384 


9386 


Subject 


Condemmation resolutions, continued: 

Multnomah Falls-Dodson Section, Columbia River Highay; 
Catherine Creek Section, Medical Springs Highway; 

Hug Point-Arch Cape Section, Oregon Coast Highway; 
Cottage Grove Section, Pacific Highway. 

Eugene. !faintenance headquarters site. Attorney to secure op- 
tions for enlargement of present site. 

Flowage easement. U.S.War Department granted perpetual flowage 
easement over state-ormed property at Herman Creek, Hood 
River County. 

Bonneville Authority. Permit authorized for movement of over- 
sized equipment. (See page 9361). 

Peavining equipment. Permit for movement granted B. Maling Com- 
pany. (See page 9357) 

State parks. Superintendent's report on parks acquired. 

Harold B. Say. Authority granted to attend the Evergreen 
Playground Association meeting in Washington in March, 1940. 

Astoria. Taylor Street Section. Stite to contribute $400 to- 
ward cost of moving buildings. 

Portland. Offer of Southern Facific Company to sell railroad 
property adjacent to McLoughlin Blvd. declined. 

Awards. Commission announces awards of contracts. 

Snow removal LaGrande. Policy adopted with respect to city 
streets that are highway routes. 

Equipment. Engineer authorized to purchase following: 

5 10-ton rollers; 1 10-ton roller; 15 power mowing machines; 
15 asphalt kettles; 4 pickup trucks; 12 light trucks; 
1 dust sweeper; 1dectric-driven hand sav. 
Award of contract. Commission approves following award: 
Hay Canyon Section, Fisher brothers. 

Wolf Creek Highway. Equipment rental to be paid direct rather 
than through VI.P.A. office. 

Equipment rental on 7.P.A. Projects. To be paid direct. (See 
entry just above) 

Lewis and Clark Monument. The Dalles. Area surrounding monu- 
ment to be maintained by state, at state expense. 

Halsey-Sweet Home Secondary Highway. Brownsville Section. 
Abandonment resolution. 

Maps. Policy adopted with respect to printing of maps by pri- 
vate organizations. 

Load limit. Resolution reducing load limit on three highways. 

1941 federal aid funds. Selection of eligible projects deferred. 

Agate Beach. Option to be secured on property betvveen old and 
new highways. 

Timber. Wolf Creek Highway. Reed Holding offers to purchase 
burned timber near Clatsop-Tillamook County Line. Action de- 


ferred. 

Electricity. Roman Kintz reauests electrical service from power 
line at Silver Creek Falls State Park. Approval to be secured 
from Government. 
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9363 Feb. 15 flarm Springs Highway. Completion between Warm Springs Agency 


9364 


9365 


9366 


9367 


9370 


9371 


9372 


and Wapinitia Highway requested. 


Feb. 16 Bids received on following projects: 


Bend-Butler Ranch Section, grading, surfacing, oiling; 
Service Creek-Branson Creek Section, oiling; 

Lick Creek-Salt Creek Section, surfacing,oiling,crushed rock; 
North Unit, Ana Spring-Hunter Hill Sec.,roadside improvement; 
Union-Catherine Creek Section, oiling, crushed gravel; 
Castor Ranch-Joseph Section, grading,surfacing, oil, bridges; 
Seufert-Dufur Section, crushed rock; 

Tigard Grade Separation and Fanno Creek Bridge Sec.,viaduct. 

Forest Service, U.S. Granting of permit for movement of equip- 
ment for suppression of fires. 

Old Oregon Trail. Delegation confers relative to rerouting. 
Letter to be filed with Public Roads Administration opposing 
Idaho's plan for rerouting traffic. 

Consolidated Freightways, Inc. Permit requested for movement of 
overheight vehicles over Pacific Highway. Clearances at Go- 
shen and Springfield underpasses discussed. Action deferred. 

Oregon Coast Highway. Port Orford-Hubbard Creek Section. Cap- 
tain Roche requests revision in reconstruction plans. 

Elsie-Jewell County Road. Request renewed for designation as 
state secondary highway. 

Stock pile site. Clatsop County. Error in description of prop- 
erty deeded to state to be corrected. 

Right of way budget. Attorney's report. 

Right of way. Oregon Coast Highway, Depoe Bay. Compromise of- 
fer of $750 to J. R. Brewster approved. 

Real property. Resolution authorizing acquisition. 

Tigard. Additional expense in connection with moving Methodist 
Episcopa) Church tuilding approved. 

Grants Pass. Request of Mrs. Avvon Hughel for permission to 
maintain neon sign on highway right of way approved. 

Pacific Highway. Eugene. Delegation confers relative to selec- 
tion of permanent route. 

Toledo. Payment of pavement ussessment against state-owmed 
property approved. 

Lease contract. Land at confluence of Deschutes and Crooked 
Rivers. State of Oregon not to be given preference rating 
when lease renewed. 

Park matter: land at confluence of Deschutes and Crooked Rivers. 
(See entry just above). 

Sumpter Valley Secondary Highway. Mining companics in vicinity 
of Sumpter demand use of highway in operation of dredges. 
Title to right of way to be investigated. 

Titles to right of way. Check on all state highways ordered. 

Salmon River Highway. Removal of privately-ormed fuildings 
from stete's wayside strips approved. 

Condemnation: Recommended offers. Resolutions as follows: 
Troutdale-Fairview Section, Columbia River High.ay; 


(continued) 
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Page Dave 
1940 


Subject 


9394 Feb, 27 Right of way budget. Attorney's report approved. 


9396 


9397 


9398 


9399 


9400 


9401 


Real property. Resolution authorizing acquisition. 

Stock pile site. Clatsop County. Error in deed to be disposed 
of by correction deed. (See page 9367) 

Right of way. Tigard. C. A. Donnelly refuses to deed to 
state, unless paid 3750, property acquired from Albert Hof- 
farber, on which state holds option to purchase. 

Port of Umpqua. Request to deposit spoil from dredging opera- 
tions in Umpqua River on state-ormed Propertyat Reedsport 
approved. 

Silver Creek Falls State Park. Settlement with J. T. Hafner 
for lease privileges, involving operation of dance hall, ap- 
proved. Buildings to be removed from state's property. 

1941 federal aid program. Partial program selected. To be 
submitted to Public Roads Administration. 

Wooden stave pipe. Manufacturers request change in specifica- 
tions on metal band requirements. No change to be made. 

Culvert pipe. Engineer's report on amount of various types of 
pipe purchased from October 15, 1933, to January 13, 1940. 

Medford. Maintenance headquarters. Expenditure for landscap- 
ing grounds approved. 

Timber strips. Pendleton-John Day Highway. Investigation or- 
dered of strips in vicinity of Camas Creek and Ukiah. 

Portland. Front Street Project. Attorney's report on apprais- 
als of property. Information not to be divulged. 

Log hauling. Overlength loads. Granting of permits discussed. 
Decision deferred pending conference on March 20, 1940. 

Saxton, Looney & Risley. Full amount of bid bond on Tarn 
Springs Agency-Vanora Section contrect to be collected. 

Elsie-Jewell County Road. Designation as state secondary high- 
way considered. Investigations of right of way titles, cost 
of improvement, etc., ordered, 

Mount Angel. Planting of trees along Hillsboro-Silverton Sec- 
ondary highway in front of Academy of Benedictine Sisters ap- 
proved. 

Guard fence. Request for construction along Columbia River 
Highway in front of Mosier School denied. 

Hood River Secondary Highway. Dee-Parkdale Section. Report 
on cost of reconstruction. Decision deferred. 

Old Oregon Trail. Haines. Request for change in proposed re- 
routing denied. 

Tualatin Valley Highway. Sylvan-Beaverton Section. Cost to 
widen discussed. Decision deferred. 

Milton. Request of McLoughlin Union High School to construct 


king area on state highway right of way approved. 
Sidewalk. Jordan Valley. Permit authorizing construction 


along 1.0.N. Highway by CCC forces approved. 
Newberg-Yamhill Secondary Highway. Oiling of unoiled section 
to be done later in year if sufficient savings accrue. 


Page Date 
1940 
9387 Feb. 16 


9388 


9389 


9390 


9391 Feb. 27 


9392 


9393 


Subject 


Labor. Carpenters' Union requests insertion of clause in fu- 
ture contraets relative to selection of workers through Ore- 
gon State Employment Service. Engineer to prepare letter 


setting forth objections. 

Portland. Lombard Street, Report on cost of reconstruction. 
Engineer to confer with Portland Traction Company. 

Oregon-Washington Highway. Jones Hill-Lena Section. 
on cost of improvement. Too costly to undertake. 

Saxton, Looney & Risley. Reconsideration of penalty imposed 
for failure to enter into contract for Warm Springs Agency- 
Vanora Section. Contractors to be granted hearing. 

Traffic signal. Rickreall. Installation at junction of state 
highways approved. 

Sylvan. Installation of overhead flashing beacons approved. 

Traffic island. Sylvan. Installation approved. 

Log hauling. Bridal Veil Timber Company granted permit to haul 
logs over Columbia River Highway in vicinity of Corbett. 

Overlength loeds. Public hearing regarding issuance of permits 
tentatively scheduled for evening preceding March meeting. 

Agreements, ct cetera, signed as follows: 

Wallowa County, miintenance of Castor Ranch-Joseph Section; 
Bend, maintenance of South Section, Butler Market Road; 
Deschutes County, maintenance of Butler Market Road; 
Sherman County, maintenance of section of Wasco-Fulton Can- 
yor. County Road; 

Botsford, Constantine & Gardiner, handling of publicity mat- 
ters for Travel and Information Department; 

U. S. Department of Interior, application for extra right of 
way et Celilo Indian village; 

Bargain and sale deed conveying unto Methodist Episcopal 
Church of Tigard land in Tigard. 

Date for interim meeting scheduled for February 27, in Portland. 
Saxton, Looney & Risley, Conference relative to penalty imposed 
for failure to enter into contract for Warm Springs Agency- 

Vanore Section. Action deferred. 

Oversized vehicles. Traffic Engineer of Washington confers rela- 
tive to reciprocal agreement between Oregon and ‘lashington cov- 
ering oversized movements between Umatilla and Washington. 
Oregon not to enter into agreement. 

Log hauling. Granting of special permits discussed with Tref- 
fic Engineer from Washington. Washington law explained. 

Elsie—Jewell Road. Inspection enroute to Seaside. 

Timber tracts. “olf Creek Highway. Options and trade agree- 
ments authorized for tracts in Tillamook and Clatsop Counties. 

Timber land. Wilson River Highway. Purchase of approximately 
1900 acres discussed. Felling of burned timber aos W.P.A. 
project and disp-3ition thereof discussed. Engineer to cor- 


Report 


respond with .P.A. Administrator reletive thereto. 
Minutes of meetings held November 1, 2 and 3, November 20 and 
21, December 7 and 8, and December 20, 1939, approved. 


Page Date Subject 
1940 


94,09 


9410 


9411 


9412 


9413 


9406 Feb. 28 Bid prices. Adoption of policy with respect to errors made by 


contractors in stating unit bid prices discussed. 

Grade crossings. Reflectorized signs. Resolution pertaining 
to installation adopted. 

Insurance. Decreasing insurance requirements in connection with 
permits for overlength loads discussed. Decision deferred. 
Purchase »%f public liability and property damage insurance as 
substitute for insurance furnished by special carriers to be 
investigated. 

Wolf Creek Highway. Overtime of men employed in removing slide 
to be paid by state. : 

Pole lines. Main lines constructed across country on private 
right of way to be permitted to cross over state highways. 
Lebanon. Santiam Highway traffic to be detoured during Straw- 

berry Festival. 

Portland. Designation of 39th Avenue from Sandy Blvd. to Mil- 
waukie as arterial highway requested. No action. 

Crater Lake Highway. Collection of fees from motorists who do 
not visit Crater Lake discussed. Action deferred. 

Territorial Secondary Highway. Oiling requested from Gillespie 
Corners to Douglas County line. No action. 

Legislation. Governor sets dates for submitting outlines of 
legislation to be recommended to 1941 Legislature. 

Columbia River Highway. Portland-The Dalles Section. Addition-- 
al construction in 1940 on new route requested. 

Barlow Road extension. Wamic to Bear Paw Springs. Survey re- 
quested, Rough reconnaissance survey authorized. 

Oregon Coast Highway. Gleneden Beach Section. Funds for re- 
construction to be transferred from Depoe Bay Section. 

Federal aid secondary highway funds. State Grange requests 
that funds be expended to improve outlying roads. 

Snow removal. Weston-Elgin Secondary Highway. Request for 
snow removal to permit year-round travel denied. 

Editorial. Bend Bulletin publishes "Gasoline Tax Pays Divi- 
dends". Appreciation extended to Robert W. Sawyer, Editor. 
Signrack. Erection of rack on Tualatin Valley Highway outside 

of Hillsboro requested. Action deferred. 

Landscape Engineer. Services of Mr. Otten to be loaned in de- 
signing post-office grounds, Salen, 

Scrap lumber and piling. Salvaged from old Whiteson Bridge, 
near McMinnville. To be advertised for sale. 

Equipment. Purchase of two power hoists for installation on 
Parks Department trucks authorized. 

Quarry. Grant County requests permission to obtain rock from 
quarry on Pendleton-John Day Highway. Request approved. 

Florence. Attorney to negotiate for purchase of small tract 
between Siuslaw Highway and 9th Street. 

Legislation. Telegram opposing House Resolution regarding es- 
tablishment of wage rates on federal aid highway projects by 
Secretary of Labor. 


Page Date 
1940 
9401 Feb. 27 


9402 


9403 


9404 Feb. 28 


9405 


Subject 


Drainage. Charleston. Investigation ordered of complaint re- 
garding disposal of water from Cape Arago Secondary Highway. 

State-financed projects. Engineer's report on projects for 
1940 construction. 

Claim. Allen's Cash Grocery, Marshfield. Claim reconsidered 
and denied. 

Moody Tollbridge Highway. Removal of building encroachments 
discussed. Removal from state highway system considered. At- 
torney to prepare legislation relative to removal from system. 

Western Association of State Highway Officials. Dues for 1940 
ordered paid. 

Bonneville power line. Attorney General's opinion relative to 
construction of power lines across state highways. 

Labor. Carpenter's union requests provision made in contracts 
for securing workers through Oregon State Employment Service. 
Request denied. (See page 9387) 

Santiam Highway. lLebanon-Albany Section. Engineer requests 
authority to reconstruct under different specifications as 
experiment. Action deferred. 

Vale West Secondary Highway. Request for removal from second~ 
ary system and substitution of Sucker Creek Road denied. 

Hubbard. Discussion of controversy with 0. E. Powell regarding 
driveways to his service station adjacent to Pacific Highway. 

Sidewalk. Gold Hill. Request for construction on bridge over 
Rogue River. Decision deferred. 

Wasco-Heppner Secondary Highway. Heppner-Rhea Creek Section. 
Improvement requested. 

ae Highway. Hanna-Lena Section. Oiling re- 
que " 

Pine City Road. Request for designation as secondary state 
highway. Decision deferred. 

Paterson Ferry Road. Request for designation as state sec~ 

highway. Action deferred. 

Northeast Portland Secondary Highway. Lombard Street exten- 
sion. Plans for reconstruction presented. 

Safety islands. Wortheast Portland Secondary Highway at inter- 
section with 52nd Avenue. Request for construction. 

Roadside improvement projects. Ontario-Snake River and Middle-~ 
ton-Newberg Projects to be substituted for North Powder- 
Muddy Creek and Central Point-Medford Projects. 

Garbage dump. Corvallis-Eastside Secondary Highway. State 
without authority to abate nuisance. To be brought to at- 
tention of county health authorities. 

The Dalles-California Highway. Redmond-Bend Section. Des- 
chutes County to take over portion abandoned July 29, 1937. 
Beaverton-Aurora Secondary Highway. Marion County to take over 

portion abandoned December 27, 1935. 
Sign. Erection of sign where Malheur irrigation syphon crosses 
John Day Highway. Request denied. 
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9422 Mar. 21 


9423 


9424, 


9425 


9426 


9429 


Subject 


Oregon Coast Highway. Marshfield-Coquille Section. Dele- 
gation urges elimination of curve on Delmar Hill and 
straightening between Beaver Creek and Coaledo Marsh 
bridges. 

Wilson River Highway. Devils Lake Fork bridge and Glen- 
wood Section. Delegation confers relative to comple- 
tion. Elimination of curve at Randalls also requested. 

Tillamook County. County Court inquires as to possibility 
of securing additional federal aid secondary highway 
funds. 

Necanicum Junction. Delegation requests improvement of 
Wolf Creek Highway connection with Oregon Coast Highway. 
Temporary connection to be constructed. 

Oregon Coast Highway. Delegation requests improvement 
south from Tillamook. Investigation of route through 
Tillamock authorized. 

Bay City-Garibaldi Section. Improvement also requested. 

Little Nestucca Secondary Highway. Delegation requests ad- 
additional improvenents. 

Dolph-Boyer Project. Delegation requests construction. 

Cloverdale. Widening of pavement full width between curbs 
and widening of sharp curve at south city limits re- 
guested by delegation. 

Bonneville Power Administration. Permission granted to 
construct improvements on highway right of way in con- 
nection with substation near West Salen. 

Tigard. Delegation confers relative to proposed revi- 
sion of water pipe lines necessitated by reconstruction 
of Pacific Highway Test. 

South River Road, Salem. Delegation requests survey. 

Survey. South River Road, Salem. Survey authorized. 

Salem. 12th Street Cutoff. Delegation requests desig- 
nation as state secondary highway. 

Monument. Biggs. Erection of memorial to pioneers re- 
quested by Old iJasco County Pioneers' Association. 

Little Butte Creek Secondary Highway. Delegation urges 
completion of construction up to Lake of the Woods. 

Curry County. Delegation confers relative to improvement 
of county road extending up Rogue River from Wedderburn. 

Morrow County. Delegation confers relative to several 
highway improvements, including oiling and reconstruc- 
tion. 

Oswego Highwey. Delegation confers relative to land- 
scaping through Oswego. [Further study to be made. 

Awards. Commission announces avards of contracts and 
sale of scrap lumber and piling. Sale of buildings 
to be announced at morning session. 

Date for ‘special meeting in Salem scheduled for April &, 
1940. (Later changed to April 9, 1940) 


Page Date Subject, 
1940 


9413 Feb. 28 Claim. Ben Hilton alleges that state's operation of gravel pit 
adjacent to Williams Secondary Highway interferes with his 
irrigation rights. 

9414 Date for meeting on March 21 and 22 confirmed. 

Agreements, et cetera, signed as follows: 
State Board of Forestry, use of roadway across stock pile 
site in Lane County; 
Colonial Construction Company, disposing of claim for extra 
compensation arising out of Contract No. 2151; 
Morrow County, easement granting permission to maintain road- 
way across state property west of Boardman; 
Bureau of Reclamation, lease agreement covering land at con- ° 
fluence of Crooked River, Deschutes River and Metolius River; 
Port of Umpqua, permit granting right to deposit spoil ma~ 
terial from Umpqua River on state property near Reedsport. 

9415 Mar. 21 Bids received on following projects: 

Ochoco Creek-Prineville Section, grading; 
Austin Junction-Baker County Line Section, grade widening, 
surfacing, oiling; 

9416 Lamonta-Crook County Line Section, grading, fencing; 

Odell Lake maintenance patrolmen's headquarters; 
Low Pass Section, grade widening, surfacing, oiling; 
Drilling and casing well on I.0.N, Highway; 

Middle Unit, Troutdale-Corbett Section, clearing; 

9417 South Unit, Fulton Canyon Section, grad.,surf., culverts. 
Weston-McDougall Camp Section, oiling; 

Catherine Creek Bridge Section, trestle and roadbed; 
Castor Ranch-Joseph Section, grad.,surf., oil, bridges; 
Tigard Section, grading and paving; 

9418 Scrap lumber and piling at site of Old Whiteson Bridge; 
Buildings and property in Marshfield; 

Buildings and property in Cottage Grove 

9419 North Umpqua County Road. Extension of improvement and designa- 
tion as secondary state highway requested. No action. 

Tiller-Trail Secondary Highway. Canyonville-Tiller Section. 
Improvement requested. Project to be studied. 
9420 Aloha, Dr. Huntington confers relative to right of way matier. 
Oregon Coast Highway. Delegation urges reconstruction north 
of Newport and at Otter Crest. 
McMinnville-Tillamook Highway. Delegation urges reconstruction. 
Corvallis-Newport Highway, delegation urges improvement. 

9421 Oregon Coast Highway. Landscaping and sidewalk construction 
at Newport. Project to be included in partial program for 
1941 federal aid funds. 

Harney County. Delegation confers relative to several highway 


improvements. ‘ 
Burns. Paving of unpaved strips adjacent to highway requested. 


Investigation ordered. 
Columbia County. Additional federal aid secondary highway 
funds for county road construction requested. 


9433 Mar. 22 


9439 


DLL, 


9445 


Subject 


Herman Oliver. Appointed as Commissioner by Governor for three- 
year term, March 31, 1940, to March 31, 1943. 

Woodburn-Sandy Secondary Highway. To be posted for reduced 
load limit when necessary. 

Albany-Lyons Secondary Highway. To be posted for reduced load 
limit when necessary. 

Load limit. Pendleton-John Day Highway. Resolution lifting 
reduced load limit on Nye Junction-Ukiah Section. 

Log hauling penalty. Elsie-Jewell Road. Permits of operators 
guilty of overloading to be cancelled for 60-day period if 
Commission has jurisdiction over road. Investigation ordered. 

Dolph-Boyer Project. Construction requested by Tillamook County 
citizens. 

Wilson River Highway. Project involving total expenditure of 
$1,100,000, state's share 250,000, approved. 

Oregon City. Settlement with C. T. Gates for right of way 
needed for revision of Pacific Highway East approved. 

Surveys. List of surveys ordered since last meeting. 

Extensions of time, as follows: 

R. I. Stuart & Sons, Eagle Point-Hog Creek Section; 
Contracting and Sales Company, moving and reconstructing the 
Methodist. Episcopal Church building, in Tigard. 

Contracts completed and accepted,as follows: 

Roseburg-Shady Point Section, Berke Bros, Inc. 

Eagle Point-Hog Creek Section, R. I. Stuart & Sons; 

Moving and re-establishing school building and playshed near 
Manning, Odom Construction Company; 

Seaside-Necanicum Summit Section, Babler Brothers. 

Agreements, et cetera, signed as follows; 

W. R. Shaw, payment of $1,500 toward cost of constructing re- 

lief map of State of Oregon; 

Western Union Telegraph Company, use of company's pole be- 

tween Salem and Geer, in connection with radio station; 

Yiest Coast Power Company, use of company's poles in connection 

with suspension of flashing beacon in Newport; 

Canby Light and Power Company, use of company's poles in con- 

nection with traffic signal installation in Canby; 

Canby Telephone Company, use of company's pole in connection 

with traffic signal installation in Canby; 

United States Bureau of Reclamation, ditch crossings on Lost 

River Bridge Section of Klamath Fells—Nalin Highway; 

Samuel “olf, party wall between his property end the Gates 
operty in Oregon City; 

Southern Pacific Company, construction of an underpass on the 

Wolf Creek Highway at Strassel; 

California-Oregon Power Company and the Pacific Telephone and 

Telegraph Company, use of certain poles in Klamath Falls in 

connection with suspension of overhead flashing beacons; 

Sweet Home Warehouse Company, lease by state of certain prop- 

erty for equipment storage headquarters in Sweet Home. 


Subject 


Baker-Homestead Highway. Flagstaff-Lower Powder Section. Dele- 
gation urges allocation of funds for reconstruction. 

Insurance. Agreement presented by Mutual Benefit Health and 
Accident Insurance Company for furnishing group insurance to 
be modified. 

Celilo. John Whiz, Indian representative, to use Engineer's 
letter to Superintendent of Yakima Indian Reservation when 
at conference in Washington, D. C, 

Control of speed of traffic past village requested. 

Awards. Sale of tuildings announced. Bids teken previous day. 
Consolidated Freight Lines. Investigation to be made of clear~ 
ances at Springfield and Goshen undercrossings before permit 
granted to move trucks over Pacific Highway. State to assume 

expense of increasing clearances, if necessary. 
Clearance at Mosier Tunnel to be investigated before permit 
granted to move trucks over Columbia River Highway. 

Undercrossings. Goshen and Springfield. State to assume ex- 
pense of increasing clearances if necessary in order to au- 
thorize movement of Consolidated Freight Lines' trucks. (See 
entry above) 

Scotch Broom. Delegation requests postponement of further cut- 
ting along Oregon Coast Highway for time being. 

San Francisco Fair. Bud Dietlein confers relative to renewing 
contract for showing of his diorama. Action deferred. 

Pacific Highway. Eugene. Delegation confers relative to plans 

for rerouting. 

Bugene. Hearing. Rerouting of Pacific Highway. Hearing sched- 
uled for May 1, 1940. 

Minutes of meeting held January 10, 11, and 12, 1940, approved. 

Columbia River Highway. Right of way through Jordan property 
at Troutdale. Purchase of entire ranch and also land between 
right of way and dike to be investigated. 

Timber strips. Pendleton-John Day Highway. Acquisition of tin- 
ber and timber land discussed. 

Sale of land. Small tract near Lindsey, Hood River County, to 
be seid to Orezon Washington Railroad & Navigation Company - 

Timber strip. Acquisition of strip fronting on Oregon Coas 
Highway between Delake and Nelscott considered. 

Harold B. Say. Trip into California authorized. 

Trip into the Middle ‘lest also authorized. 

Log hauling. Conference with representatives of logging and 
lumber industries relative to transportation of overlength 
loads. Legal features of regulations prohibiting movements 
60 feet in length except in cases of emergency or if timber 
is not to be cut into shorter lengths to be investigated. 

Timber land. Acquisition of timber land adjacent to Wolf 
Creek Highway between Nehalen and Quartz Creek from Koster 
Products Company authorized. 

Cottage Grove. Frank Heck property. Payment of $16,750 au- 
thorized. 
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Salem, Oregon, December 20, 1939 


The State Highway Commission met in special session at 9:30 o'clock 
a. m- in Room 325, State Office Building. Present were: 


Henry F. Cabell, Chairman 

Huron W. Clough, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


Commissioner E. B, Aldrich was excused from attending this meeting. 


The Commission had under discussion the matter of designating on fu- 
ture state highway maps the location of Sea Lion Caves and other privately- 
owned attractions situate adjacent to state highways of Oregon. The Commis- 
sion decided not to show such places on these mags, in view of the fact that 
they are private commercial enterprises. 


The Commission discussed briefly the matter of oiling the unoiled 
strips adjacent to the existing highway pavement through Tigard, but deferred 
action thereon pending a report from the Ingineer on how much it sould cost to 
do this work, ; 


The Attorney requested authority to acquire certain parcels of real 
property that are needed for various highway improvements throughout the state. 
He submitted a list of such properties together with the prices that he recom- 
mended be paid for each. After careful study the Commission approved the re- 
quest and by unanimous vote adopted the following resolution in regard thereto: 


WHEREAS, in connection with the further improvement of the 
highways hereinafter designated, it is and has been necessary to ac- 


quire property for right of way, quarry sites, gravel or other mate- 
rial sites, or sites for the storage of materials, as hereinafter more 
definitely set forth; and 


WHEREAS, as a result of negotiations carried on with the 
owners of the property required, options have been obtained, which 
options have been considered by the Commission, outlining the bases 
of settlement which have been agreed upon; and 


WHEREAS, it is the judgment of the Commission that the said 
options should be approved and accepted, and/or the said reports be 
declared acceptable to the State Highway Commission as bases of set- 
tlement for the properties involved, and that the acquisition of the 
properties should be completed; 


NOW, THEREFORE, BE IT RESOLVED that the several offers, or 
bases of settlement hereinafter enumerated be, and the same hereby are, 
approved and accepted, and that the Attorney for the State Highway Com- 
mission be, and he hereby is instructed to complete the acquisition of 


pec 20 13359 


1940 
9445 Mar. 22 Agreements (cont.) 
Federal Government, receipt acknowledging payment for per- 
petual flowage easement on land in Hood River County; 
Bargain and sale deed conveying unto Paul Nordyke and wife 
land near Corvallis, Benton County; 
Bargain and sale deed conveying unto Herbert V. Kruse land 


in Washington County. 
Date for next regular meeting set for May 2 and 3, 1940. 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Park 


7363 Horner” eine et Po one eg 


Sum DeSouza 
7312-Ackander, Mrs. A. B. a 4 lots $8.50 each (state to 
assume, pay't taxes, ap- 
prox. $3.00) 
7328-Smith, Wm. H. Estate n 14 lots $5 each (state to assume 
paym't taxes, approx. $15)" 
7321-Maris, N. C. ® lilot $10 Lump Sum 
7329-Torgerson,Mrs.Donnie L. " 2 lots 910 each " 
Mills Bridge Section ~- Wilson River Highway 
6710-Dolan, A.T. & Estate of 0.22 for right of way 
Vogler (Correction) R/W and 0.15 for slope easement ; 
Slope Easement $25 Lump Sum Benson 
acifi h W 
925~Ochs, Peter 1400 sq.ft. 4f sq.ft. + $644 Collins 
(Correction) 
6999-Pfaffle, C. H. * Allowance for construction of steps 
(Supplemental) in lieu of state doing the work,$50 " 
6920-Kennedy, Wm. F. " - 561 sq.ft. 4f sq.ft. + $227.56 
7135-Ploeger, Zelda and Borrow Pit 4el Leased for road materials 
Washington County Lump Sum $1000 (Approx. 
ented se to be tak- 
en at yas) Ld 
6989-WWarner, John W. R/W 12,087 sq.ft. 5; 5f sq.ft. + ress 65 * 
6954-Hoffarber, Albert n 1,970 sq.ft. Land $1.00, + $6,180" 
(Correction) 
6931-Atkins, Elizabeth " 596 sq.ft. 4f sq.ft. " 
New! ~ \ 
7504-Norris, C. D. and 0.05 $150 per a. + $35 Benson 
Chaffee, Urban 
- j = ok wa, 
1339-Peterson, Agnes Pauline R/W 0.49 $25 per a. + $428.50 
+ moving bldgs. $997.50 
Devers 


xk S = Pacific Highway has 
5915-A, Allison,Ethel Thomas W 2,379 sq.ft. 6¢ sq.ft. + $157.26 


McCallister 
Cascadia-Upper Soda Section - Santiam Highway 
7567-Allyn, Chester Stock Pile 1.377 100 Lump Sum Eason 


- Ea 
5840-Misner, James R. RW & 528 sq.ft. Land Gratis + $175 Gardiner 


Slope Easement 


5133-Haynes, U. G. R/W 3988 sq.ft. 5¢ sq.ft. + $2755 
5829-Elkins, Edith E. and 106 sq.ft. Gratis 
Holm, Enil Slope Easement 


Dc 20 1939 


the said properties and to take title thereto in the name of the 
State of Oregon. The said properties hereby ordered and author=- 
ized to be acquired are as follows: 


Section, Hwy., and Omer Purpose Approximate Amounts Agent 


$150 per a. + $2723.50 
+ $50 crop damage McChesney 


In exchange for moving & 
reestablishing bldgs.etc. 
in amount of $6545 ad 


Clatsop County Section - Wolf Creek Highway 

%4,01-Koster Products Co. $5.00 per a. 
(Correction) 

4,01-Detroit Trust Co, $5.00 per a. 
(Correction) 


OG. 


: "51. 25+ ~ 
+ £1” 706.62 ' Parker 


County Quarry 20.0 $1 Lump Sum McChesney 


,34-Veazie, H. E. a 2100 sq.ft. 3f sq.ft. + $112 McChesney 


Parker 


2 lots $10 each DeSouza 
2 lots $10 each (state to pay 
taxes est. to not ex~ 
ceed $1.50) 
1 lot $50 Lump Sum 
(110x400) 
2 lots §10 each 
1 lot $10 Lump Sum 
2 lots each 
2 lots 0 each, including 
tidelands 
® Fractional lot $10 Lump Sum 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


$4 per a. less credit, 
2.12 a. at $4 per a., to be 
conveyed to Shevlin-Hixon Co. © 
by the state DeSouza 


-T fo 
6120-Jefferson County uy 15 parcels of land - Gratis Gardiner 


ottonwood Creek~Lalkev ection lame Falls—Lakeview Highway 
7525-Bradley, L. F. R John T. Burch 
7524-Bond, Edward E. ° bd 
7521-Lantsberger, N. K. $42.50 per a. + $43 " 


661-wWoodruff, Leonard J. 4 0.% $102.05 per a. DeSouza 
Prairie City Section - Jom Pay Hdenwer 
74,71Cleaver, Lewis L. 145 sq.ft. $7.50 Lump Sum for land, 


plus fencing Wells 
74,73-Daly, Sarah J. " 4,875 sq.ft. $35 Lump Sum for land, 
plus fencing 
74,70-Grant Co.Hospital « 2,927 sq.ft. $35 Lump Sum 
Association 
74,74-McHaley, Kenneth F. ad $214.28 per a. + $30, 
plus fencing 


" $30 each McChesney 


= e ve cS s+ >- AtS Sie ELIS 
62-Bauer, Clarenc Stock Pile $39 per a.+ fencing Chandler 
7666-Kuck, Ernest A. Quarry Site Land $350, + Federal 
Land Bank fee Benson 
7%61-Curtiss, Leon W.Est. Stock Pile A Land $50 Lump Sun, 
plus fencing ° 
7663-Wasco County "8 Gratis " 


W + a al 
7425-Lawson, Joe and Lease Sept.25,1939, to 
Bair, Roy L. Quarry and Aug.31,1940, $100 Lump 
Haul Road Sum (reimbursement to 
contractor) DeSouza 
-Roy L. Bair- 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


19 sqeft.+ $35.70 
McCallister 


7573 Lane County Stock Pile 
Sel Lee, Lrey C. ot 4,536 sq.ft. 5é¢ sq-ft.+ $3198.20, Benson 


5638-Preston, Naomi Hoskins " 8,611 sq.ft. $12,000 Lump Sum, sub- 
ject to 2 leases one of 


which may be condemned " 


5377-Ford, James W., Jr. Easement for outlet control - Gratis Devers 


a Creek Section - Willanette Highway 
>» Wa. Wi. vel Pit 0.51 ¢75 Lump Sum Lytle 
0 " 


7569-Gray, Stanley " 13.69 $500 Lump Sum 
7570-Penn Timber Co. Stock Pile 1.83 $200 Lump Sum °® 
7692-Mauney, Robert 0. " n 1.0 $150 Lump Sum, + fencing" 


$300 Lump Sum Lytle 


Benson 


Lytle 


Boardman 


_ 
yee 


Re = 

. 7091-Drolette, J. A. W 5,001 sq.ft. 20¢ eq.ft. + $3865.80 

4 : (Correction) + moving bldg.,low bid 

; 4 §400 (gas tanks) McCallister 
Bi 71'74-Guertler, H. A. " 8,570 sq.ft. 5é sq.ft. + $71.50 + 

es (Correction) moving bldgs.,low bid 

a 6820 

ie 721,-Sherk, Thos. W. " 0.363 $600 per a. + fencing 

i (Correction) + $17.50 ($10) " 

: 7511-Kaser, EB. N. " 0.627 $435 per a. + fencing 
(Correction) + $17.50 ($14) " 
arisch, Adolph Quarry 9.68 $10 per a. Benson 

7102-Graheam, Robt. E. & 21.22 $100 per a. + $701.25 * 


Watters, T. B. 


Pec 20 1939 


9267 


settlements are to be included in real property resolutions later, to complete 
the record. 


The Attorney also advised that in some instances it may be necessary, 
in order to effect settlements, to pay outstanding taxes, which he estimated 
would rarely exceed $15 on any large group of lots. The Commission approved 
the payment of such taxes. 


The Attorney reported the necessity to resort to condemnation pro- 
ceedings to acquire right of way for certain highway improvements. He sub- 
mitted a list of the properties in question, with offers that he recommended 
be made in connection with each, as follows: 


Albany Section of the Pacific Highway East 


Transaction No. 5827 - Owner, C. T. Veal 
. 5844 - " Harry Dinkle 
" * S. W. Koontz 
“ e Joseph D. Sternberg 


Tigard Section of masse Highway West 
Transaction No. 1 - Owner, A. H. Wright 
s 


F022 - " Tracay B, Caswell 


Transaction No. 4485 - Owner, Henry Klossen, et al 


‘© 
Transaction No. 5638 - Owner, D. W. Sturges (lease of 
Naomi Hoskins Preston property) 400.00 


The Commission, after careful study, approved the offers suggested and there- 
upon, by unanimous vote, adopted the following resolution authorizing the At- 
torney to condemn the properties: 


WHEREAS, the State Highway Commission is by law authorized 
and directed to lay out, locate, relocate, designate, construct, re- 
construct, improve, and maintain a system of state highways in the 
State of Oregon, including both primary and secondary state high- 
ways, to acquire rights of way necessary therefor, and to declare 
the necessity and need for the acquisition thereof, and the advantag- 
es to be gained thereby; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission as follows: 


1. That the State Highway Commission does hereby find and 
declare that it is necessary, will be of advantage to the State of 
Oregon, and is needful that the State acquire for right of way pur- 
poses for use in connection with the permanent location, construc- 
tion, improvement, and maintenance of the following section 
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Section, Hwy., and Omer Purpose acres Approximate Amounts Agent 


Se i , 
yr. lease, $300 Lump 
Risor, Ruby Hauling Road 2.23 Sum 7 Wells 
$40 per a., + $7.50, 
plus fencing Wells 
$100 per a., + fenc- 
ing, + $7.50 Ss 
7528-Lee, Gertrude R. Stock “1.0 $25 per a.,t+ fencing Wells 
rs , Alvirtus Quarry and 2.97 $30 per a.,t+ fencing 
Stock Pile c.D.Cannon 
74,80-Moren, Jeanette and 2.69 $100 per a., + fenc- 
Stonedahl, Selden B. Gravel Pit ing, + $5.00 Wells 
and Stock Pile 
§005-Kant, Chas. aM 243 rods fencing at 50¢ per rod 
(Supplemental) Williams 


The Attorney reported on the value of the various lots on tne Nena~ 
lem Sand Spit, the purchase of which was previously authorized by the Commis- 
gion. He advised that he had 4 competent appraiser inspect this property and 
the following scale of prices was recommended, in which he concurs: 


Recommended price to be paid for one lot --------°%-7 
a" " two lots, owned by same person 1 


three ” ~ 
four 
five " 
eix 4 
seven " 
eight " 
nine " 
ten " 
eleven " 
twelve or more lots, owned by 
the same person 


88888 
BEEREE 


S8ysess 
seses 


saaasesesas28 
azasa2sass3228 


saxzsas2ss#2 


sazarasaeses28 


sa@etzse2es322 32 
asz222322222328 
asszxz2za2a2283 222 
assesses as3a2 


www DOT 2 


The above scale, he said, is for lots of regular size, about 50' x 100". For 
large tracts of 4 size equal to several lots he suggested payment of $50.00 
each. He recommended adoption of such scale of prices for this property. The 
Commission approved the recommendation unanimously and authorized the Attorney 
to proceed to close the several transactions on such basis and to comms the 
Commission to the purchase of additional lots at the same rete, although such 


~ 
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4. That I. H. Van Winkle, Attorney General of the State 
of Oregon, and J. M. Devers, Assistant Attorney General and Attor- 
ney for the State Highway Commission, be and they are hereby re- 
quested, authorized, and directed to attempt to agree with the own- 
er or owners and/or with the tenants or persons in possession, if 
there be any, of said parcel or parcels of land with respect to 
the compensation to be paid for the taking of the same and the dam- 
age, if there be any, and in the event that no satisfactory agree- 
ment or agreements can be reached, then it is hereby further re- 
solved that the Attorney General of the State of Oregon and J. M. 
Devers, Assistant Attorney General and Attorney for the State High- 
way Commission, be and they hereby are requested to commence and 
prosecute to a final determination such suit or action, or suits 
or actions, as may be necessary and appropriate to acquire title 
to be said premises and all rights therein for the purposes herein 
stated. 


A 5. That this resolution be entered in full in the min- 
utes and records of this Commission. 


The Attorney reported the status of the litigation involving 
the question of the right of the Coos County Court to waive and cancel 
delinquent taxes on property in the town of Bandon, He advised that the Legis- 
lature in 1937 passed an act which, as applied to the town of Bandon, gives 
the taxing body the right to waive and cancel delinquent taxes. However, the 
Sheriff of Coos County refused to give the benefit of such statute to the 
properties in this towm, whereupon proceedings were commenced in court seeking 
to require the sheriff to recognize this statute and give it full application; 
and Judge Brand, before whom the case was tried, has sustained the statute, 
although there is a possibility that an appeal may be taken to the Supreme 
Court. He pointed out that the Commission at a previous meeting ordered that 
negotiations for the right of way for the realignment of the Oregon Coast High- 
way through the town of Bandon be abandoned pending Judge Brand's decision. 

He requested instructions, therefore, in view of the fact that this decision 
has been rendered, whether to proceed with the acquisition of the right of way 
now or wait until the Supreme Court finally disposes of the matter. The Com- 
mission decided unanimously not to resume right of way negotiations in this 
town until the Supreme Court's decision has been obtained. 


The Commission had under discussion the adoption of a policy with 
respect to the administering and maintaining of historical sites within cities 
with particular reference to a site in Albany owed by Robert L. Burghardt of 
that city. The State Parks Superintendent, who was present, gave as his 
thought that the acceptance by the Commission of historical sites located with~- 
in the corporate limits of cities and towns is not desirable because it would 
open up a field of endeavor that is limitless in its scope and would eventual- 
ly involve a large expenditure of state highway funds for constant improve- 
ments, expenses of caretakers, et cetera. He also advised that, in his esti- 
mation, the maintenance of such sites is more of local importance than of 
state-wide concern, hence should be maintained by local people. Further, that 


pec 20 1959 


i —- of the state highway system of the State of Oregon, 
3 


Albany Section of the Pacific Highway East 
Tigard Section of the Pacific Highway West 
Oregon City Section of the Pacific Highway East 
Cottage Grove Section of the Pacific Highway 


real property owned by or in possession of the following parties 
and/or persons, to wit: 


Albany Section of the Pacific Highway East 
5827-C. F. Veal 
5844-Harry Dinkle and Bernice Dinkle 
6735-S, W. Koontz and Marie Koontz 
7390-Joseph D. Sternberg 
Tigard Section of the Pacific Highway West 
6991-A. H. Wright 
7002-Traccy B. Caswell and Katherine Caswell 
Oregon City Section of the Pacific Highway East 
4485-Henry Klosson, et al 
Cottage Grove Section of the Pacific Highway 
5638-D. W. Sturges, lease on Naomi Hoskins Preston 
property 
and this Commission does hereby declare further that the said proper- 
ty or properties are necessary, are needful, and the acquisition 
thereof will be of advantage to the State of Oregon for right of way 
es in order to make it possible for the State Highway Commis- 
sion to properly locate, relocate, construct, reconstruct, and main- 
tain said portion or portions of the said state highway system in ac- 
cordance with standards adopted by this Commission relative to curve- 
ture, gredes, alignment, drainage, and factors of safety. 


2. That the State Highway Engineer be and he hereby is 
instructed and directed to properly survey the parcel or parcels of 
land required for such right of way purposes and prepare proper and 
adequate descriptions thereof, which descriptions shall be employed 
in the preparation of 4 deed or deeds or other instrument or instru- 
ments necessary to complete the acquisition of the said property or 

es or which descriptions may be used in the preparation of 
a complaint in the event that condemnation proceedings are necessary. 


3. That the boundaries of the said parcel or parcels of 


land, as defined and determined by the said survey made by the said 
Highway Engineer, along the route or location adopted by the Highway 
Commission, shall be and the same hereby are adopted and the lands 

defined therein are 
within the rights of way of the said por 
state highway system and hereby are declared to be necessary for the 
proper location, improvement, construction, and maintenance of the 


said portion or portions of the state highway system. 
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(Description of Edward W. Smith property at Arch Cape, continued) 


All of the S.E.} of the S.W.} of Sec.30, T.4 .N., R.10 W., W.M., con- 
taining 40 acres. ? » TAN, ’ » con 


All of the S.$ of the S.W.+ of the S.E.¢ and the N.W.} of the S.W.? 
of the S.E.} of Sec.30, T.4.N., R.10 Wi., W.M., containing 30 acres. 


i The Commission authorized the Right of Way Department to conduct nego- 
——— for the acquisition of the 5-acre tract belonging to Mrs. Taylor, in 
4. 


The Commission discussed the advisability of acquiring right of way for 
the proposed state highway extending from Manzanita to Fisher's Point, in 
Tillamook County. The State Parks Superintendent advised that C.C.C. forces 
have a camp established at the town of Nehalem and there is a scarcity of the 
fuel required in the operation of this camp. Also, that the C.C.C. officials 
have proposed the securing of fuel from land that will be needed as right of 
way for this proposed highway; in fact, have stated a willingmess to clear 
this right of way if the state will purchase the same. He pointed out that 
this would be an opportunity for the State Highway Commission to secure the 
clearing of the highway right of way at no expense to the state. 


The Assistant Attorney called attention to the fact that he is now ne- 
gotiating for the acquisition of private lots on the Nehalem Sandspit nearby. 
It was his thought that negotiations for the acquisition of the right of way 
between Manzanita and Fisher's Point should be deferred until all of the lots 
on the sandspit have been acquired, because it might have some bearing on the 
price that will have to be paid for the lots. In view thereof the Commission 
decided not to acquire the right of way at the present time. 


The Fngineer brought up for discussion the request of Tillamook County 
Court and the Manzanita School District for construction of a footpath along 
the Nehalem-Manzanita county road in the vicinity of Manzanita School. He 
said that he discussed this matter with the county court, which has offered 
to furnish equipment to carry on the work provided the State Highway Depart- 
ment will take charge of construction and will secure materials needed for 
widening the grade, from narrow points along the present road. He recommend- 
ed acceptance of the county's offer, if the cost to the state is only nominal, 
because this road will probably have to be used as a state highway detour for 
several years. The Commission deferred its decision in the matter pending 
further investigation and report from the Engineer as to the proposed cost in- 
volved. 


The State Parks Superintendent reported on the following matters: 


Proposal of Mr. Nic W. Monte, Acting Regional Grazier of the United 
States Taylor Grazing Act, with respect to C.C.C. camps located at Alkali 
Lake and at McDermitt Creek, in Malheur County:- The Parks Superintendent ad- 
vised that according to Mr. Monte these two camps will be continued in opera- 
tion some 4 or 5 years, and, owing to their suitability for development as 
oases or state park sites, it was his thought that they should be turned over 
to the state when the C.C.C. work is done, but that they should be developed 
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a system of state parks should consist of properties that are strictly state 
wide in character, located outside the confines of any municipality. The Com- 
mission appeared favorably inclinec toward the viewpoint of the Parks Superin- 
tendent and thereupon, by unanimous vote, decided as its general policy to be 
followed for the time being not to acquire sites located within the boundaries 
of cities and toms. The Secretary was instructed to convey such information 
to Mr. Lewis A. McArthur, President of the Oregon Historical Society, for his 
information, in so far es it pertains to the Burghardt site in Albany. 


The Commission discussed briefly 4 report on the proposed parking 
site for automobiles adjacent to the Oregon Coast Highway near Depoe Bey, Lin- 
coln County, but deferred action thereon pending further study of the ‘situa- 
tion existing at this point. 


The Secretary reported the offers received from L. K. Porter, Klam- 
ath Falls, and Wm. Woahlander, to purchase the field office building located 
at the Lobert Overcrossing, in Klamath County, which building was used by the 
Highway Department's field engineers during the construction of such over- 
crossing, Mr. Porter's offer being in the amount of $15 and Mr. Woahlander's 
being in the amount of $7.50. The Engineer advised that the construction of 
the Lobert Overcrossing is completed and that the Highway Department has no 
further use for the office building. Also, that it would not be economical 
to tear the building down and salvage the materials. In view thereof, he rec- 
ommended that the building be sold to Mr. Porter at his offer of $15. The 
Commission approved the recommendation unanimously. 


The Attorney reported the results of investigation of the Edward W. 
Smith property along the Oregon Coast Highway at Arch Cape, which property Mr. 
Smith has previously offered to sell to the state for the sum of $2,500, plus 
taxes. He advised that such investigation reveals that the tract contains & 
large stand of spruce, hemlock, and cedar timber, which is valued in excess 
of $6,000. Further, that the delinquent taxes amount to approximately 
$1,300. He gave as his thought that Mr. Smith's offer to sell this property, 
which consists of 121.7 acres, including the timber, for $2,500, plus the de~- 
linquent taxes in the amount of approximately $1,300, is very fair, particu- 
larly in view of the fact that Mr. Smith has an offer of $4,500 from one of 
the logging companies for the timber alone, which offer he has held in abey- 
ance pending the Highway Commission's decision, because he would prefer that 
the timber be preserved in the name of the state. 


The State Parks Superintendent strongly urged the purchase of this 
area. He declared it to be an outstanding tract and advised that if the Com- 
mission purchases it he could develop it with C.C.C. forces that are now oper- 
ating in this vicinity. He also urged the acquisition of 4 5-acre tract con- 

to the Smith property froma Mrs. Anna C. Taylor so as to preserve & 
water supply for public use in the main tract. After considerable discussion 
the Commission voted unanimously to purchase the Smith property, which is de- 
scribed as follows: 


All of Lot 4, except 5 acres belonging to Anna C. Taylor, situate 
in the S.W.} of the S.W.3 of Sec. 30, 7. 4 N., Re 10 W., W.M., contein- 
ing 51.7 acres. (Description continued on next page.) 
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The State Parks Superintendent brought up for discussion the matter 
of acquiring wayside areas along the Wilson River Highway from the summit of 
the Coast Range Mountains westerly to McNamers Camp, for the preservation of 
timber standing thereon. The Commission instructed the Attorney to secure 
options for desirable tracts along this section after first consulting with 
the State Parks Sugerintendent in regard thereto. 


The Engineer requested instructions in regard to the bid submitted 
to the Commission at its last meeting by H. N. Peabody for the purchase of a 
service station building and certain facilities on the newly acquired right 
of way at Tigard. He advised that Mr. Peabody submitted a bid by letter rath- 
er than on the proposal form prepared by the State Highway Department, his 
bid being $75.00 for the building and facilities, including two gasoline 
pumps. Further, that after the notice of sale was published, it was decided 
that the pumps could be used to good advantage by the Highway Department, so 
they were excluded from the sale and information to that effect was given to 
all of the prospective bidders with the exception of Mr. Peabody, who had not 
requested a standard proposal form. He pointed out that the Commission ac- 
cepted Mr. Peabody's offer on the day that it was submitted and that the cus- 
tomary notification of the sale was given to Mr. Peabody, who now claims the 
gasoline pumps along with the other facilities. He recommended, in view of 
the circumstances, that the moneys paid by Mr. Peabody be returned to him and 
that the service station be readvertised for sale at the next meeting. The 
Commission approved the recommendation and so ordered. 


The Commission adjourned at 1:00 o'clock p. m. and reconvened at 
2:00 o'clock p. m. in the same room. 


The Engineer reported on the cost to widen the pavement on the 
Oregon Coast Highway through the business section of Taft, as has been re- 
quested by Mr. Jos. R. DeJardin, postmaster of that place. He estinated the 
cost of this project at $2,000.00, which would include widening work and con- 
struction of storm drains through the business portion of this town. He 
pointed out that the entire district between Taft and Oceanlake is quite 
thickly populated and that the traffic congestion is quite severe during the 
summer season, which fact, in his estimation, calls for the improvement of 
the entire section in the not far distant future, as a traffic safety measure. 
He questioned the advisability of spending $2,000.00 at this time for improve- 
ment of a very short section in the town of Taft, in view of the possibili- 
ties of securing federal aid funds with which to improve the entire section 
between Taft and Oceanlake. The Commission decided, in view of the report, 
against the improvement through Taft at the present time, although the matter 
is to be reconsidered later, after the Commission has hac an opportunity to 
inspect the project. 


A letter was presented from the County Court of Marion County and 
Mayor W. W. Chadwick, of Salem, in which the Commission was esked to assume 
the expense of maintaining lights on the Willamette River Bridge between Sa- 
lem and West Salem. The Commission denied the request as a matter of policy, 
it being considered that this is a state-wide problem requiring modification 
of the present practice, an expense that the Commission cares not to assume 
at the present time. 
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now while the C.C.C. workers are available to do it, which would advance con- 
siderably the time when the sites could be utilized by the general public. 
The Commission's Attorney advised that the Commission has legal authority to 
accept these sites if it so desires. The Commission appeared favorably in- 
clined to accept lir. Monte's offer but deferred definite action thereon pend- 
ing investigation and recommendation by the State Parks Superintendent. 


Game refuge previously suggested for the Seddle Mountain State Park 
area in Clatsop County:- ‘The Parks Superintendent advised that, 4s previous-~ 
ly instructed by the Commission, he discussed this matter with Mr. Frank Wire, 
State Game Supervisor, who approved the idea but suggested that the refuge 
would be more permanent and would give better protection to the wild life of 
the area if it were established by the state Legislature rather than by the 
action of the State Game Commission. He recommended epproval of Mr. Wire's 
suggestion and disposal of the matter on such basis. The Commission approved 
the recommendation and instructed the Attorney to prepare a bill for presenta- 
tion jointly by the State Highway Commission and the State Game Commission 


to the 1941 Legislature. 


t of Mrs. F. G. Minott regarding damage to her property lo-~ 
cated adjacent to Ecola State Park, Clatsop County, by elk:- The Parks Super- 
intendent advised that Mrs. Minott was one of the donors of Ecola State Park 
and that she still maintains her residence on property owned by her adjacent 
to the park. Further, that her property is being badly damaged by elk from 
the adjecent state park area and she is no longer able to grow garden truck 
or shrubbery on her premises because of the depredations of these animals. 
Mrs. Minott, he said, has appealed to the State Game Commission to hare the 
elk killed, but he (Mr. Boardman) objects to such manner of handling the mat- 
ter because the elk are a real attraction to visitors to the park. He sug- 
gested, therefore, as 4 solution of this problem, the construction of @ fence 
around Mrs. Minott's property, which, he said, could be done by C.C.C. forces 
operating in that vicinity et no expense to the state. The Commission by unan- 


imous vote approved the suggestion. 


The Attorney reported the resuits of further investigations in re- 
gard to the Giesendorfer property located adjacent to the Santiam Highway, at 
Cascadia. He advised that the records show that this property is mortgaged 
for $14,000.00 and that highway department appraisers value the property at 
$17,375.00; further, that Mr. Giesendorfer has expressed a willingness to sell 
the to the state for $15,000.00 if the state will pay him, in addi- 
tion thereto, $75.00 per month for the rest of his life (nis life expectancy, 
according to life insurance company ratings, being 3 years and 8 months). In 
other words, on such basis, the state would be paying approximately $18,000.00 
for the property. In the discussion of this matter the question arose as to 
what disposition would be made of the lease that was given heretofore by Mr. 
Giesendorfer to the Baptist Church people for church purposes. It appearing 
that no arrangements have been made for the removal of the church facilities 
from the area, the Commission decided to defer action on the purchase of the 
entire tract until it knows just how the church matter is to be handled. The 
matter was re-referred to the Attorney to secure such information. 


from Dr. Thompson permission was granted him to maintain a sign partially on 
the highway right of way, but when the sign was actually erected it was 
placed much nearer the traveled portion of the roadway than was contemplated 
under the agreement, and Dr. Thompson now refuses to remove the sign, notwith- 
standing that the violation of the agreement has been called to his attention, 
alleging that he is strictly within his rights in view of the fact that the 
sign is located within the city limits of The Dalles where it is outside the 
jurisdiction of the State Highway Commission. The matter was discussed at 
some length but action thereon was deferred pending the securing of further 
detailed information by the Engineer. 


The Commission had under discussion a letter from Mayor Clifton 
Richmond, Klamath Falls, requesting the installation of flashing beacons at 
the intersections of Viehn Street and Upham Street with Oregon Street, and a 
traffic-actuated signal at South Sixth Street and East Main Street, in Klan- 
ath Falls. Also, requesting the painting of traffic stripes and pedestrian 
lanes at the Main Street undercrossing recently built under State Highway De- 
partment supervision. The Engineer recommended the painting of the traffic 
stripes and the installation of flashing beacons, at state expense; also, 
the installation of the traffic-actuated signal provided the City of Klamath 
Falls will pay 50 per cent of the cost thereof, which is in accordance with 
the Commission's established policy with respect to such matters. The Commis- 
sion approved the recommendation unanimously. 


The Commission discussed briefly a report from the Engineer on the 
necessity to provide a building to house the State Highway Department Labora- 
tory but deferred action thereon until its meeting in January. The Mngineer 
was instructed to resubmit the report at that time and to supplement the same 
witn a full report on buildings that will be needed during the next 12-month 
period. 


The Commission discussed the claim of H. E. Warren, Portland, for 
damage to an automobile tire that he alleged was ruined when he drove it onto 
a projection on the Hast Portland-Oregon City Highway between Park Road and 
Courtney Road. The Engineer advised that this matter has been investigated, 
and the projection referred to by Mr. Warren is an 8" concrete pipe under the 
pedestrian lane, the end of which pipe is in the grassed area about 63 feet 
from the edge of the highway pavement. He further advised that the end of 
the pipe has been chipped off, leaving a sharp edge, so that it would be pos- 
sible, if’ a car were driven over it, for a tire to be damaged, although the 
possibilities of an accident of that kind occurring are very remote in view 
of the fact that the end of the pipe is such a great distance from the trav- 
eled portion of the highway. The state is responsible for the condition, he 
said, and he recommended payment of the claim, which amounts to $10.00, not- 
standing that it is rather far-fetched. Recommendation approved unanimously. 


Reconsideration was given by the Commission to the request of the 
Willamette Ski Patrol for snow removal on the McKenzie Highway between Blue 
River and Pole Creek for the benefit of winter sports enthusiasts of the Eu- 
gene district. Chairman Cabell gave as his thought that the Commission should 
approve an expenditure of $1,000 for such purpose this winter but not there- 
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A letter was presented from the Waldport Lions Club requesting side- 
walk construction along the state highway throv<a the town of Waldport. The 
Engineer advised that investigation reveals tix % this request involves the 
construction of 3,600 feet of sidewalk, partly on the Oregon Coast Highway be- 
tween the Alsea Bay Bridge and the se* wall, and the balance being along the 
Alsea Highway from the Oregon Coast Highway junction to a connection with the 
main street of the town, being the route of the old highway. He estimated 
the cost of this project at approximately $8,000.00, including the construc~ 
tion of fills, rocking, and storm sewer drainage. The Commission deferred ac- 
tion on this matter for the time being in accordance with its recently~adopted 
policy with respect to the construction of sidewalks along state highways 
within corporate limits of cities and towns. 


The Engineer reported on the cost to widen the bridge over Beaver 
Creek, on the Oregon Coast Highway, in the town of Beaver, Tillamook County, 
which project was heretofore requested by the Tillamook County Court. He 
estimated that the widening of the structure proper would cost $4,477.00, 
and that the grading and paving of the north approach thereto would cost ap~ 
proximately $1,500.00, or a total of about $7,500.00, including contingencies 
and engineering. He pointed out that, according to the reconnaissance survey 
for the permanent location of this section, the eventual line will bypass 
this bridge and will necessitate the construction of another bridge over the 
same stream about one-half mile north of Beaver. In view thereof, he suggested 
the determination of the cost of constructing the permanent revision before the 
Commission makes its decision with respect to the widening of the bridge. - 
ter considereble discussion the Commission deferred its decision pending & re~- 
port from the Engineer a6 to how much it will cost to reconstruct the highway 
on permanent alignment at this location. The Engineer was authorized and in- 
structed to prepare a project about 3/4 mile in length, extending from the old 
highway a short distance south of the Beaver Creek Bridge northerly about 3/4 
mile to a point where the reconnaissance survey crosses the present highway. 


In this connection the Commission also discussed the matter of im- 
proving the alignment of the Oregon Coast Highway southerly from the Tillamook 
city limits, The Engineer was instructed to study the data assembled from 
the reconnaissance survey of this section and render a report thereon to the 


Commission. 


The Engineer also renderea @ report on the cost to landscape the 
area contained in the we connection of the Umpqua Highway with the Oregon 
Coast Highwey at Reedsport. He estimated that such improvement would cost 
about $2,000.00, the principal expense being for filling in the area, which 
was estimated at $1,000.00. He recommended approval of the project. The 
Commission approved the recommendation unanimously and ordered that the work 


be done as a state project. 


The Commission had under diseussion the report from the Attorney in 
regard to the neon sign that is being maintained on the Columbia River High- 
at the west entrance to The Dalles by Dr. Fred F. Thompson, for the pur- 
pose of calling attention to his privately-owned camp ground at this location. 
It appears that when the right of way for this section of highway was acquired 
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to approval by Governor Charles A. Sprague. The Commission also discussed 
the advisability of being represented at a meeting of the Western Association 
of State Highway Officials which is to be held in Santa Fe, New Mexico, dur- 
ing the latter part of January, 1940. The Commission decided not to be repre- 
sented at such meeting because it was thought that the matters proposed for 
discussion at such meeting could be very well disposed of at the meeting in 
Reno, and the need for the meeting in Santa Fe is not now apparent. However, 
the Assistant State Highway Engineer, Mr. C. B. McCullough, was authorized to 
attend the meeting in Santa Fe in the event that developments in the meantime 
are such that advantages would be gained by such representation. (Both meet- 
ings were called off later.) 


The matter of the appointment of a committee to designate locations 
along the Old Oregon Trail where historical markers are to be erected, and to 
decide the wording that should appear on such markers, had the attention of 
the Commission. The names of a number of citizens who are competent to pass 
on such matters were mentioned and the Commission finally decided to limit the 
committee to three members, consisting of Miessrs. Lewis A. McArthur, Presicent, 
Oregon Historical Society; Ray Conway, Manager or the Oregon State Motor Asso- 
ciation; and Walter Meacham, member of the Oregon Trail Association. The Sec- 
retary was instructed to advise these men of their appointment, which is to 
cover the marking of the Old Oregon Trail only. 


The Engineer reported that in conformance with authority previously 
granted him by the Commission he has awarded the following contracts, the con- 
ditions of the awards having been satisfied: 


Grading the Cow Hollow Creek-Owyhee School Section of Vale- 
Adrian County Road, in Malheur County. Bids taken December 7, con- 
tract awarded December 11, 1939, to M. L. O'Neil & Son, the low 
bidders. 


Construction of a bridge over East Fork Illinois River, on Illi- 
nois Valley County Road, in Josephine County. Bids taken June 22, 
contract awarded December 18, 1939, to J.F.Johnston, the low bidder. 


The Commission by unanimous vote confirmed the awards as reported. 


The Commission had under discussion the abandonment of the Spauld- 
ing Ranch Section of the Salem-Dayton Secondary Highway, in Yamhill County. 
The Engineer advised that this section of road is no longer of value from 
the state highway standpoint, in view of the fact that the highway has been 
reconstructed on new alignment. He recommended that the section be turned 
over to Yamhill County for future maintenance. The Commission approved the 
recommendation and by unanimous vote adopted the following resolution in re- 
gard thereto: 


WHEREAS, in order to afford a better alignment and a more sat- 
isfactory, safe and convenient highway for the traveling public, the 
Commission found it necessary to relocate a portion of the Spaulding 
Ranch Section of the Salem-Dayton Highway in Yamhill County; and 
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efter. The Engineer recommended approval of such suggestion, with the under- 
standing that only light snow-fighting equipment would be used and that the 
work would cease as soon as the snow became s0 deep that it could not be re- 
moved with auch type of equipment, as, in his estimation, there is too much 
danger of ruining the pavement if snogo equipment is employed. After discus- 
sion the Commission approved the recommendation unanimously. 


Matters pertaining to the proposed agreement with the United States 
Government covering dredging operations in the Columbia River in the vicinity 
of Multnomah Falls and the use of the dredged materials for highway congtruc- 
tion, particularly the plen proposed for financ ing the state's share of this 
work, had the attention of the Commission. The matter was discussed briefly 
but no action taken in view of the fact that the Attorney General's opinion 
as to the matter of financing has not yet been secured. The Engineer was in- 
structed to telephone each Commissioner the information contained in the At- 
torney General's opinion when received, at which time he will be instructed 
how to act in the matter. 


The Commission discussed briefly and referred to Commissioner Clough 
for investigation and report at the January 11th meeting of the Commission 4 
request from the City of Grants Pass for state aid in constructing a roadway 
entrance into the city park from the Pacific Highway. 


The Engineer requested authority to purchase 60,000 gallons of traf- 
fic line lacquer to carry out the Highway Department's stripe-painting program 
during the 1940 season. He estimated the cost of such lacquer at $63,000. The 
Commission approved the purchase by unanimous vote. 


The Engineer requested instructions és to what action to take 
against persons who inflict damage on the barriers and gates on the Inter- 
state Bridge between Portland and Vancouver, Washington. He said that these 
facilities are frequently damaged by irresponsible drivers and sometimes the 
cost of repairs emounts to a considerable sum, for which the state should 
really be reimbursed where it is possible to collect. However, in some in- 
stances the persons causing the damage reside out of the state and are not in 
@ position financially to pay this expense, although that is not true in all 
cages. The Attorney pointed out that the cost to collect these claims in most 
instances would be more than the amount that the state would recover, so there 
is a question whether or not it would be advisable to attempt to make collec- 
tion by process of law. After discussion, the Commission referred the matter 
to the Attorney with instructions to attempt to collect damages in each in- 
stance, if possible, and if not possible to effect a settlement, to report 
back to the Commission each such case, with an opinion as to whether the cost 
of an action at law would be justified for the amount involved. 


The Commission had under discussion the matter of attending the 
special committee meeting of the Western Association of State Highway Offi- 
cials, in Reno, Nevada, on January 5, 1940, for a discussion of important mat- 
ters concerning the western states. It nas decided that Chairman Cabell and 
the State Highway Engineer should attend such meeting at state expense, subject 
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2. In the event there remains any physical connection 
between any portion of said abandoned right of way or highway and 
the present highway, and by reason of such physical connection 
traffic from the existing highway may enter or use the said aban- 
doned portion of the said old road to the possible damage or in- 
jury of such traffic by reason of any unsafe condition existing 
with respect to said old or abandoned road, then the State High- 
way Engineer is hereby authorized and directed to erect such bar- 
ricade or other safeguards as may be necessary to protect and safe- 
guard traffic using and employing said newly located, constructed 
and dedicated section of said highway. 


3. That this resolution be entered in tie minutes and 
records of the Commission and a certified copy thereof promptly 
delivered to the County Court of Yamhill County, together with a 
copy of said map or exhibit, for such action as said County Court 
may desire to take with respect to said fragment of land, and 
should said abandoned section of the right of way of said highway 
be further employed for public or private highway purposes such 
use shall be entirely under the control and supervision of the 
County Court of Yamhill County anc beyond any responsibility or su- 
pervision by the State Highway Commission. 


Reconsideration was given by the Commission to the erection of ser- 
vice club signs on state highway rights of way. It was recalled that the 
Commission at its meeting on June 21, 1939, authorized the installation of a 
sign post or rack on the state highway right of way within the corporate lim- 
its of cities and towns and on a site approved by the city authorities, pro- 
vided theomers of existing signs located on the highway right of way outside 
of the corporate limits would remove such existing signs. The Commission con- 
sidered, in view of the complications that have subsequently arisen, that it 
would be advisable to restrict such offer to cities and tows of 90C or 
more, and it was so ordered. The Commission also ordered that no more than 
7 panels should be contained on any one signpost and that the organizations 
that would be represented on such signposts or racks should be limited to 
national service clubs, patriotic organizations, and chambers of commerce. 


The question of what to do with the existing signs on state high- 
way rights of way at the entrances to cities and towns of less than 900 popu- 
lation was then discussed. The Commission decided to give the owners of such 
signs until April. 1, 1940, within which to remove them, and instructed the Fn- 
gineer to have the signs removed by state forces in the event that the owners 
fail to take them down by that time. The Secretary was instructed to notify 
the owners of such signs of the action taken by the Commission and to cite the 
law which prohibits the maintenance of such signs on state highway rights of 
way. 


A letter was presented from Mr. Jim Nutter, Public Relations Direc- 
tor for Timberline Lodge, Inc., in regard to the changing of the wording on 
the signs recently erected by state highway forces, directing the traveling 
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f gaid relocation and reconstruction 
there was eliminated and made 


permanent highway 4 certain section or 
re specifically defined and desig- 


nated and 
the said highway as formerly located, improved and used; 


ROW, THEREFORE, the premises being in general as above 
stated, it hereby is resolved by this Commission, all members being 
present and affirmatively participating, as follows: 


1. That the fragment of and confined within the area of 
land hereinafter designated, which fragment or parcel of land was 
formerly within the limits of the right of way of the Spaulding 
Ranch Section of the Salem-Dayton Highway in Yamhill County, but is 
now without the limits of the right of sey of said highway as said 

has been relocated and constructed, be and seid fragment or 

of land or portion of the old right of way is abandoned as & 
part of the right of way of said highway, and seid fragment or par- 
cel of lend or old right of way is, so far as control and supervision 
by this Commission is concerned, eliminated and left to revert to the 
adjoining and abutting property owners or to the control and super- 
vision of the County Court of Yamhill County for highway or other 
public purposes as the Court may determine. The fragment or parcel 
of land affected by this resolution is defined and described as fol- 
lows, t© wit: 


All that certain section of the old right of way of the 
Highway in Yamhill County, lying on the wester- 

ly side of the right of way required for the reconstructed 
Salen-Dayton Highway, which lies between Mile Post 3.2 and 
Mile Post 4.5 of said highway, the beginning and ending 
pointe with reference to the engineer's stations of the re- 
constructed highway being Station 193+00 on the northerly 
end and Station 23765 on the southerly end. 


The location of said abandoned right of way may be more definitely 
end particularly ascertained and determined by reference to a map or 
blueprint, marked "Exhibit A", attached hereto and by this reference 
made a part thereof, which said exhibit for identification purposes 
bears the signatures of F. D. Eason, Division Engineer, H. G. Smith, 
Construction Engineer, and C. B. McCullough, Assistant State Highway 
Engineer, end is dated December 11, 1939, upon which map or exhibit 
there is reflected the above described parcel of land by showing the 
same shaded in red. * 


Map filed in Abandonment and Retention File - No. 69. 
pes20 195% 
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urging the State Highway Commission to take steps as be necessary to add 

the Warm Springs Highway, from Madras to its junction with the Wapinitia he 
Highway, to the federal aid system in order that additional funds may be made £ 
available to insure the early completion of this road. The Commission ap- i 
peared favorably inclined toward this request but deferred action thereon 4 
pending a report from the Engineer at the next meeting as to the federal aid : 
mileage available for allocation and which roads throughout the state are eo 
leading candidates for the same. ‘S 


The Commission considered and ordered filed for future considera- 
tion a petition from 17 residents of Rickreall and vicinity opposing the adop- ‘a 
tion of the proposed highway route extending from the Salem-Dallas Highway, Be! 
at Rickreall, northwesterly to a connection with the Dallas-Coast Secondary iy 
Highway at Salt Creek, and suggesting, in lieu thereof, the improvement of ‘a 
the existing highway between Rickreall and Dallas, and a connection at Oak- 
villa, or thereabouts, rather than at Rickreall for the proposed cutoff. 


The Commission also considered and ordered filed a letter from the 
Roseburg Chamber of Commerce renewing its request for sidewalk construction 
along the Pacific Highway between the north city limits of Roseburg and the 
Garden Valley County Road. 


A letter was presented from Mr. F. E. Butt, Oceanlake, Oregon, call- 
ing attention to the hazard resulting from the dropping or dumping of logs 
along state highway rights of way, and offering his services as an inspector 
of logging equipment and loading, to the end that fewer logs be dumped on 
highway rights of way and the hazard to the traveling public thereby greatly 
reduced. The Commission considered that the employment of such inspector 
does not come within the jurisdiction of the State Highway Commission but is 

rather a function of the Department of State Police, and ordered that Mr. 
Butt be so informed. 


The Secretary presented a letter from Frank H. Seal, Eugene, in re- 
gard to the proposed improvement of the Oregon Coast Highway in the towns of 
Port Orford and Gold Beach; also, a petition from businessmen of Port Orford 
requesting no change in the present route of the Oregon Coast Highway through 
Port Orford from Garrison Lake Auto Court, on the north, to Port Orford Phar- 
macy, on the south. The Commission took no action on these communications q 
other than to indicate that it would give them due consideration at the prop- 
er time. 


The Commission discussed a letter from Mr. Leon D. Pitts, Warren, Ore- 4 
gon, requesting permission to construct a roadway across state property be- : 
tween the new highway and the old highway at Warren. It appears that Mr. 

Pitts conducts a stere business along the old highway, which store is located 
about 300 feet from the new highway, and he alleges loss of business by rea- 
son of isolation, and requests the privilege of building a roadway from his 
store to the new highway, which would be entirely across the state-owned prop- 
erty. The Engineer advised that the highway was reconstructed on permanent 
alignment about 2 years ago and that Mr. Pitts's store is located on the aban- 
doned section, although the old road is still being maintained for traffic, 
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public to Timberline Lodge, from "Timberline" to "Timberline Lodge", because 
Timber line Lodge has been designated a United States post office. The Com- 

mission decided, in view of the fact that a United States post office is now 
being mainteined at Timberline Lodge, that it would be proper to change the 

wording on these signs, as has been requested, when it becomes necessary to 

replace them or to install edditional signs, and it was so ordered. 


The Secretary presented a letter from Donald il. Graham, lawyer, 
Prineville, requesting, on behalf of local loggers, permission to truck logs 
over state highways in the vicinity of Prineville during Saturday afternoons 
and Sundays for the next few weeks, so as to avoid closing the Prineville 
mills. The Engineer advised that traffic over state highways in the vicinity 
of Prineville at this time of year is not very heavy, and, in his estimation, 
it would be satisfactory to grant the request. He recommended approval there- 
of as a trial proposition for the next three months. The Commission approved 
the recommendation. 


Reconsideration was given by the Commission to the matter of the 
establishment of zones along the Pacific Highway through the town of Junction 
City and the establishment of building setback lines along such section, as 
has been requested by the Junction City Planning Commission. The Attorney 
advised that the Commission has no legal right to establish residential and 
business zones either on rural or on urban highways, or to establish setback 
lines; hence it is his opinion that the Commission has no legal authority to 
assume such responsibility in the city of Junction City. The Engineer point- 
ed out that the present highway through Junction City is only 60 feet wide 
and that it would be advantageous in the future widening of this highway for 
four lanes of traffic to have setback lines 15 feet on each side of the 
street. The Commission decided, in view of the Attorney's opinion, to take 
no action in regara to the City Planning Commission 's request for the estab- 
lishment of zones; however, considered it advisable to recommend to the City 
Planning Commission the adoption by the city of an ordinance providing for a 
setback line of 15 feet on each side of the present highway. The Engineer 
was instructed to convey such information to the City Planning Commission. 


e 


an-tnnnnet ni Lanner agrees eyipegeatntry 


The Secretary presented a letter from the County Court of Umatille 
County requesting that the Sunnyside-Umapine Secondary State Highway be des- 
ignated a through highway, and that signs be erected at each intersecting 
street or road requiring traffic to stop before entering such highway. The 

recommended approval of this request. The Commission approved the 
recommendation by unanimous vote and instructed the Engineer to see that ap- 
propriate signs ere erected. 


The Commission discussed a letter from the City of Waldport re- 
questing the services of an engineer from the State Highway Department to es~ 
tablish the lines of state highways within the Waldport city limits and to 
set sidewalk grade stakes along such section so that new buildings may be con- 
structed in accordance therewith. The Commission approved the request upon 
recommendation of the Engineer. 


A resolution was presented from the County Court of Jefferson County 
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Portland and Vancouver, in connection with which petition the State Highway u 

Commission will be asked for a written statement to the effect tuat the re- 3 
moval of the street car tracks on the Interstete Bridge will be of benefit . 
to motorists. He gave as his thought that the writing of such a letter would a 
not react disadvantageously to the State Highway Department. The Engineer i: 
declared that the removal of the street car tracks from this bridge would be a 
of considerable benefit to the motoring public. After discussion, the Com- eh 
mission authorized Chairman Cabell to write such a letter when requested to hi 
do so by the Traction Company. 


The Assistant Attorney reported receipt of a commmication from po 
John H. Kelley, attorney for Mrs. Edna A. Bell, stating Mrs. Bell's refusal ¥ 
to accept the sum of $49.00 which has been offered to her for seven lots that 
she owns on the Nehalem Sandspit, in Tillamook County, and demanding $20.00 
per lot for the same. He requested instructions. The Commission decided 
to adhere strictly to the scale of prices approved earlier in this session. 


The Commission had under consideration the following requests for 
extensions of time within which to complete highway construction projects: 


Coos Bay Dredging Company, Contract No. 2116, for grading 
and surfacing the Charleston-Miner Creek Section of the Cape 
Arago Secondary Highway, in Coos County, requested an extension 
of time from July 29 to August 11, 1939, within which to com- 
plete this project. They attributed their failure to complete 
the project within the specified time limit to adverse weather 
conditions. The Engineer advised that the reason given by the 
contractor for overrunning the specified time limit is correct; 
also, that the contractor was required to install a large 
amount of drain tile on this project which was not called for 
in the contract and incidentally had considerable to do with 
the contractor's failure to complete the job within the specified 
time limit. He recommended, in view of the circumstances, that 
the extension of time requested be granted without penalty. A 
letter was presented from the Public Roads Administration con- 
curring therein. The Commission approved the recommendation 
unanimously. 


Roy L. Houck, Contract No. 2159, for grading and paving the 
Albany Overcrossing Section of the Pacific Highway Fast, in Linn 
County, requested an extension of sufficient time in the svring of 
1940 within which to complete this project. The Engineer advised 
that the contract specified a completion date of December 31, 1939, 
but the contractor was ordered to close down the work on December 
4, 1939, because weather conditions were unsuitable to secure a good 
finished job. It was his thought that it would take 28 days to fin- 
ish the work in the spring when weather conditions are favorable, 
or until June 1, 1940. He recommended, in view of the circumstanc- 
es, the granting of an extension of time of 28 days after work is 
resumed in the spring, without penalty, for commleting the project. 
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and people have access to Mr. Pitts's store, as heretofore. He further ad- 
vised that all of the property between the old and the nen highway was ac- 
the state at the time that the revision was made, in order to re- 
tain the freeway characteristics of this road, and it was planned to land- 
scape the area at some time in the future. He gave as his thought that Mr. 
Pitts's request should be denied, inasmuch as the granting of the same would 
defeat the pi ~ose for which the extra property was acquired. The Attorney 
advised that the Commission is not obligated in any way to Mr. Pitts and it 
would not have to grant his request unless it felt that this was the proper 
thing to do. After discussion, the Commission decided, in view of the fact 
that Mr. Pitts now has roadway facilities to his place of business, that the 
interests of the public would be best served by denying his request, such 
public interest being considered paramount. However, the Engineer was in- 
structed to do some landscaping work so as to beautify the area in front of 
Mr. Pitts's store. 


The Commission also had under discussion a letter from the City of 
Sutherlin, requesting the widening of Calapooya Street (Pacific Highway) for 
a short distance through the business section of their tom, by moving the 
curb on the west side of the street to conform with the curbs on the adjoin- 
ing sections. The Engineer recommended approval of this request, which he 
estimated would cost about $125.00, the work to consist of moving back the 
existing curb about % feet, and the construction ofan oiled surface. The 
Commission approved the recommendation unanimously. 


The Engineer requested authority to remodel the highway maintenance 
building at Fugene so as to provide quarters for the state police officers 
who operate out of that headquarters; also, to construct a new building at 
this vlece for truck and equipment storage. He estimated that these improve- 
ments would cost approximetely $6,500.00, and recommended approval of the 
project. The Commission approved the recommendation. 


The Commission discussed the bills presented by the several ap- 
praisers who were employed in connection with the condemnation suit to ac- 
quire right of way from the Security & Investment Company, Oregon City, for 
the Oregon City improvement. The Commission considered that the bills as 
presented were correct statements of time actually employed in this work and 
accordingly approved them for payment by unanimous vote. 


The Engineer reported the failure of the short section of the North 
River Road, Salem, which was recently constructed as a federal aid secondary 
highway croject. He said that the failure was due to faulty drainage condi- 
tions and that to repair the damage would cost about $1,000 and recommended 
that the state assume payment of such expense. The Commission approved the 
recommendation unanimously. 


Chairman Cabell reported receipt of information to the effect that 


the Portland General Electric Compeny has petitioned the Interstate Commerce 
Commission for the abandonment of the interurban street car line between 
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Contract No. 2228, with M. E. Meyers & Son, for road- 
side improvement on the West Unit, Stanfield-Pendleton 
Hill Section of the Old Oregon Trail, in Umatilla County. 
Completed December 13, 1939. 


Contract No. 2229, with F. R. Hewett, for furnishing 
crushed rock on the Weston-Elgin Rock Production Project, 
on the Weston-Elgin Secondary Highway, in Umatilla and 
Union Counties. Completed December 6, 1939. 


Contract No. 2230, with A. S. Wallace, for furnishing 
crushed rock in stock piles on the Maupin-Cow Canyon Sec- 
tion of The Dalles-California Highway, in Wasco County. 
Completed December 9, 1939. 


THEREFORE, BE IT RESOLVED, that the work covered by said 
state highway contracts for the construction of said state highway 
projects be declared completed according to the terms of the re- 
spective contracts, and said jobs are hereby accepted and final 
payment in connection with each is hereby authorized. 


The Commission discussed the date for its regular meeting in Feb- 
ruary and decided to hold such meeting in Portland on Thursday and Friday, 
February 15 and 16, 1940. The Secretary was instructed to make the usual ar- 
rangements to hold this meeting in the Public Service Building. 


The Commission considered and signed agreements, et cetera, as fol- 
lows: 


Lease of borrow pit containing 4.1 asnear the Paeific Highway 
West one-half mile north of Tigard. Lease secured from Mrs. Zelda 
Ploeger. Lies in Richardson Donation Land Claim 39, Washington 
County. Lease expires upon completion of the grading and surfacing 
of the Tigard Section of the Pacific Highway West, about 2 miles in 
length, commencing at the Multnomah County line. 


Bargain and Sale Deed, Right of Way Transaction Nos. 6930 and 
6982, conveying unto Emil A. Johnson 309 sq. ft. of land situate in 
Lot 3, Block 3, Kingston Addition to Tigard, Washington County. 


Lease of quarry site containing 6.92 acres adjacent to the Fre- 
mont Highway, at Lakeview, Lake County. 99-year lease, from Septem- 
ber 1, 1939, to September 1, 2038. Lease secured from County Court 
of Lake Comty. Property lies in Northwest Quarter of the South- 
east Quarter of Section 22, Township 39 South, Range 20 East, W. M., 
Lake County. 


Release of cattle pass by Herman Beilke on Stanfield-Pendleton 
Secondary Highway at Mile Post 08.05, Umatilla County. Considere- 
tion, $50.00. 
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A letter was presented from tie Public Roads Administzation concur- 
ring therein. The Commission approved the recommendation 


ty 
tober 31, 1939, to November 18, 1939, within 
They attributed their failure to complete the project within 
limit to the fact that the new building site had 
advised that according to the pro- 


The Engineer reported thet Contracts Nos. 2116, 2158, 2165, 2177, 

» 2229, and 2230, for the construction of state highway projects, have 
to the requirements of the contracts, or modifica- 
jobs are now ready for acceptance. The follow- 

jects was offered and was adopted by 


WHEREAS, the Engineer has reported that the following 
State Highway Commission contracts for the construction of state 
highway projects have been completed according to the terms and 
provisions of the contracts and said jobs are now ready for ac- 
ceptance: 


Contract No. 2116, with Coos Bay Dredging Company, 
surfacing the Charleston-Miner Creek 
in Coos 


Contract No. 2158, with Mountain States Construction 
Company, for construction of the Albany Overcrossing on 
the Pacific Highway East, in Albany, Linn County. Com- 
pleted December 16, 1939. 


Contract No. 2165, with Roy L. Houck, for grading 
and paving the Bunker Hill Section of the Oregon Coast 
Highway, in Coos County. Completed November 28, 1939. 


Contract No. 2177, with Edlefsen-Weygandt Company, 
for construction of the Lobert Overcrossing on The Dalles- 
Californis Highway, in Klamath County. Completed Decem- 
ber 13, 1939. 
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Portland, Oregon, January 10, 1940 


The State Highway Commission met in special session at 8:00 o'clock 
p. m. in the Rose Room of the Benson Hotel. Present were: 


Henry F. Cabell, Chairman 

E. B. Aldrich, Commissioner 

Huron W. Clough, Commissioner 

R. H. Baldeck, State Highway Ingineer 
J. “. Devers, Attorney 

H. B. Glaisyer, Secretary 
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The Commission conferred with revresentatives of the lorging indus- 
try with respect to the truck-hauling of logs, poles, and piling over state 
highway rights of way. There were 24 representatives of such industry pres- 
ent and also present were the following representatives of the office of the 
Public Utilities Commissioner of Oregon: Ormond R. Bean, Commissioner; T. 0. 
Russell, Chief Pngineer; A. F. Harvey, Superintendent of Transportation; Perry 
0. Delap, Sunervisor of Permits. Speaking on behalf of the logging industry tag 
were Senator F. M. Franciscovich, Astoria; A. C. Lighthall, representing the 
Oregon Lumber Company; Austin Flegel, attorney, Portland; R. W. Pointer; 
George Haley, log hauler, Molalla; Ernest ‘cCulloch, Eugene, representing the 
Booth-Kelley Lumber Company; Faye Abrams, Eugene, also representing the Booth- 
Kelley Lumber Company; A. S. Page, Seaside; and Fred Packwood, representing 
the Columbia Basin Loggers Association. 


Chairman Cabell opened the meeting by explaining its purpose. He 
advised that the Highway Commission has received numerous complaints from the 
general public of logs that are dropped on the highway right of way from log- 
ging trucks, and advised that the matter has reached the point where it is con- 
sidered serious enough to warrant revision of the present rules and regula- 
tions. covering such tyne of hauling, in an endeavor to reduce the number of 
logs that are dropped and the hazards that are created thereby. The State 
Highway Department, he said, has given this matter considerable study and has 
prepared a revised list of rules and regulations which it wants to present at 
this meeting. He varticularly mentioned that the Commission is trying to re- 
duce the number of drovped logs and to secure the removal of the same from 
the highway right of way within a reasonable length of time, and, in order 
to do this, it will be n+ essary to have the name of the person res»onsible 
for the dropping of the logs. He added that, in the minds of the Commission- 
ers, log haulers who constantly lose logs should be ruled off the road.° He 
then read aloud the proposed draft of regulations and invited all present to 
express themselves relative thereto. 


This matter was discussed at considerable length and numerous sug- 
gestions were offered in regard thereto. Particular reference was made to the 
transportation of loads that exceed the length limit snecified by statute. 
Concerning such matter Chairman Cabell pointed out that when the bill for in- 
creasing the overall length limit came up for discussion in the 1939 legisla- 
ture, the Highway Commission offered no objectionsthereto; nevertheless, the 
legislature did not see fit to change the present law in that respect, so the 
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Release of cattle pass by Stephen Spike at Mile Post 34-93 on 
the Lexington-Echo Secondary Highway, Umatilla County. 


Extension of C.C.C. campsite lease at Woahink Lake from James 
W. Ford, Jr., and Edma C. Ford, fusbend and wife. 10 acres of land 
in the North Half of the Northwest Quarter of the Northeast Quarter 
of Section 27, Township 19 South, Range 12 \iest, W. M., Lane County. 
Extends prior lease from May 31, 1940, to May 31, 1941. 


tween the United States of 
for 50-year lease of cer- 
required in 
with the Crooked River-Deschutes Recreational 
returned to Mr. Boardman 
e of additional property from the Gov- 


There being no further business to come before the Commission at 
meeting was adjourned at 4:00 o'clock p. m. 


—Heaatyg Ce 


Commissioner 


FREMONT HIGHWAY 
LAPINE-WEST FOREST BOUNDARY SECTION - GRADING, SURFACING, OILING 


E. Le Rigdon $ 59,579.00 
Babler Bros. 61,859.00 
E. C. Hall Company 61,954.00 
Leonard & Slate 62,520.50 
A. Milne 62,607.00 
Triangle Construction Company 64, 718.20 
Fisher Bros. 65,826.50 
Jacobsen-Jensen Company 66,275.00 
Norris Bros. 66,862.50 
Homer G. Johnson 66,993.40 
E. L. Gates 67,126.25 
McNutt Bros. 67,341.00 
BE. C. Gerber 67,686.50 
J. C. Compton 68,643.75 
Clifford A. Dunn 71,831.50 
Colonial Construction Company 72,303.50 
J. C. Papin 76,176.25 
J. A. Lyons 77,753.75 
H. B. Klineline, R. 0. Dail & Warren Bros., Inc. 81,040.20 


THE DALLES-CALIFORNIA HIGHWAY 
CHEMULT-FORT KLAMATH SECTION - FURNISH CRUSHED ROCK IN STOCK PILES 


Rogers Construction Company # 23,700.00 
Fisher Bros. 24,598.50 
A. S, Wallace 31,780.00 
Homer G. Johnson 43,000.00 


KLAMATH FALLS-MALIN HIGHWAY 
LOST RIVER SECTION - GRADING, SURFACING, ROAD MIX OIL TREATMENT 


W. D. Miller Construction Company $ 19,252.00 
Rogers Construction Company 19,640.50 
McNutt Bros. 21,208.00 
Clifford A. Dunn 21,564.50 

22,917.50 


Harry I. Hamilton 


KLAMATH FALLS-MALIN HIGHWAY 
CONCRETE VIADUCT OVER LOST RIVER AND A CONCRETE SIPHON 


W. D. Miller Construction Company & 13,327.00 
Clifford A. Dunn 14,456.00 
Harry I. Hamilton 14, 833.50 
Bennett & Taylor 14,987.00 
Babler Bros. 15,997.00 

17,684.00 


Denton & Young 


Commission considers that it has no authority to grant permits for overlength 
loads except in isolated instances or in cases of emergency. He further stat- 
ed that, so far as length logs is concerned, 
the Commission will formally adopt regulations in the near fu- 
ture for recommendation to the Public Utilities Commissioner, and in its study 
made at this meeting; 


portation of over 
time to give such matter 
as possible. In the meantime, he added, no change 
granting permits. He thanked the delegation for its appearance 
and declared the conference concluded at 10:30 o'clock p. m. 
Commicsion on January 12, when the Commis- 
the truck-hauling of logs that do 


Commissioner 


LY Actes ML ge, 
Commissioner 


Portland, Oregon, January 11, 1940 


The State Highway Commission met in regular session at 9:00-0'clock 
a. m. in the auditorium of the Public Service Building. Present were: 


Henry F. Cabell, Chairman 

E. B. Aldrich, Commissioner 

Huron W. Clough, Commissioner 

R. H. Baldock, State Highway Engineer 
J. %. Devers, Attorney 

H. B. Glaisyer, Secretary 


Bids as follows for highway construction projects and for the sale 
of buildings in Tigard were opened and read in conformance with previously- 
published notice, following which Chairman Cabell announced that the award of 
contracts would be made at 3:00 o'clock p. m. in the same room: 


MIST-CLATSKANIE SECONDARY HIGHWAY 
SUMMIT-MIST SECTION - SURFACING, OILING, CRUSHED ROCK IN STOCK PILES 


Tidepoint Company 
Babler Bros. 
Homer G. Johnson 
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The County Court of Klamath County, consisting of Comty Judge U.E. 
Reeder and County Commissioners Wm. Chase and Jack E. Benner, and County n- 
gineer Frank Z. Howard, came before the Commission in regard to the following 
highway matters: 


Klamath County gravel nit needed by the state in connection with 
the construction of the Lost River Section of the Klamath Falls-Malin Highway 
in Klamath County:- The County Court advised that it has no objection to the 
state's contractor procuring materials from this quarry although it would pre- 
fer that an entirely new pit b2 opened up because the county is now working 
the old pit and they are fearful confusion will result if the county's forces 
and the contractor's forces operate in the pit at the same time. After con- 
siderable discussion and in view of the emergency that exists relative to the 
award of the contract for the Lost River Project, the County Court agreed to 
let the state's contractor use the existing pit in connection with the con- 
struction of this vroject, with the understanding that the county would be 
given an allowance for the materials that it has already prepared for removal 
from the pit and that other arrangements would be made for the use of the 
county's property in connection with future state highway work in this vicini- 
ty. The Engineer was instructed to discuss the matter further with the County 
Court and to have the final arrangements covered by written agreement. 


The County Court inquired as to the plans of the Commission for ad- 
ditional improvements to The Dalles-California Highway north from Klamath 
Falls. Chairman Cabell advised that the Commission has made no definite pro- 
vision for such work as yet but a project will be considered by the Commission 
in the formulation of its program for the fiscal year 1941 funds, which are 
the earliest moneys available. 


The County Court also inquired as to the Commission's plan for widen- 
ing The Dalles-California Highway south of Klamath Falls and for the recon- 
struction of the Flume Section of this highway. They were informed that noth- 
ing definite has as yet been planned for the widening work, although the mat- 
ter is being considered, but the Commission does have an amount budgeted in 
its 1940 program for the reconstruction of the Flume Section. 


Engineering questions in regard to the Flume Section were then dis- 
cussed. County Engineer Howard inquired as to the possibilities of securing 
a change in the proposed grade line of this section to improve the vertical 
sight distance. A decision in this matter was deferred until the following 
day, when plans of the proposed improvement will be available. 


The County Court then inquired as to the possibilities of securing 
the benefits of additional federal aid secondary highway funds and was in- 
formed by Chairman Cabell that, due to the reduction of the federal aid allot- 
ment of such funds, the Commission is not in a position at the present time to 
make any definite statement in regard thereto, but will be glad to consider 
Klamath County's request in the event that Congress sees fit to increase the 
amount of such funds in its next appropriation. It was his thought that Klam- 
ath County is entitled to some of these funds. 


PACIFIC HIGHWAY EAST 
ALBANY SECTION - GRADING ‘ND PAVING 


Roy L. Houck 
Fdlefsen-Weygandt Company 
E. C. Hall Company 


J. C. Compton and Frank Penepacker 
Theo. Arenz 


MORO-HAY CANYON COUNTY ROAD 


$219,892.00 
225,214.95 
227,179.00 
228, 710.50 
230,088.00 
232,930.50 
233,705.00 
236,601.50 


HAY CANYON SECTION - GRADING, SURFACING, CRUSHED ROCK 


Fisher Bros. 

H. L. Rice 

Guy J. Norris 

Rogers Construction Company 
Schmeer & Williams Bros. 
Homer G. Johnson 

Newport Construction Company 


S. S. Montague 
OF GS TI 
Building No. 6924 
(Former Omer Joseph D. Foley Estate) 
Jom Scheckla 
Madsen & Picha 


W. S. Neiberger 


Building No. 6980 
(Former Owner Bril Johnson) 
H. V. Kruse 
Emil A. Jolmson 
Madsen & Picha 
Sullivan Wrecking Company 


Building No. 6983 
(Former Owner Bnil Johnson) 


John Scheckla 
Madsen & Picha 
Sullivan Wrecking Company 


Building No. 6940 
(Former Owner C. H. Pfaffle) 


$ 11,873.00 
13,648.50 
13,891.50 
14,559.00 
15,399.00 
16,220.00 
16,859.00 
18,502.00 
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er and a ce known as Lena, a distance of about 10 miles. The Ingi- 
neer gave as thought that the present surfacing on this road is satisfac- 
tory for oil treatment. After discussion, the Commission informed Mr. Peck 
that it would bear this project in mind and would construct a light oil treat- 
ment as far as Lena in the event that funds can be found to finance the work. 


Mr. Peck brought up for discussion the maintenance of the county 
road which extends from the Lexington-Echo Secondary State Highway up Butter 
Creek to a place known as Pine City, a distance of about 3 miles, in Umatilla 
and Morrow Counties. He pointed out that this road was oiled under a state 
contract last year and in their estimation it is eligible for designation as 
a state secondary highway. He urged the Commission to so designate it. He 
was informed that the matter would be taken under advisement. 


Mr. Peck then inquired, if the Commission cannot see its way clear 
to place this road on the secondary state highway system, would the state 
agree to maintain the road at county expense? The Commission approved such 
an arrangement and thereupon authorized the Ingineer to provide for the main- 
tenance of the section on such basis, the matter to be covered by appropriste 
written agreement between the county and the state. 


Mr. Peck also asked the Commission to take over as a state secondary 
highway the county road which extends from the Coiumbia River Highway to the 
Columbia River Ferry at Patterson, a short distance west of Irrigon. He said 
that no one resides along this road and that the traffic which the road car- 
ries is strictly interstate in character and that the road is of no particular 
benefit to Morrow County. The Commission agreed to inspect the road the next 
time it is in that vicinity. 


Mr. J. S. Risley, of the contracting firm Saxton, Looney ¢ Risley, 
came before the Commission in regard to the signing of contratts for the con- 
struction of the Jordan Creek-McNamers Camp Section of the Wilson River High- 
way, and the Warm Springs Agency~Vanora Section of the Warm Springs Secondary 
Highway, in Tillamook and Jefferson Counties, respectively, which contracts 
were awarded to them by the State Highway Commission on December 7 and 8, 1939. 
Mr. Risley advised that they are having a little difficulty in obtaining the 
bonds required by the state in connection with these jobs, both of which are 
state finance projects, but they believe that their difficulties will be 
ironed out in about 10 days, in view of which they are asking trat much addi- 
tional time within which to furnish the bonds. After considerable discussion 
the Commission granted the contractor 2 weeks' additional time within which to 
furnish the bonds; however, advised Mr. Risley that his request must be in 
writing and must be accompanied by the written consent «. the surety to such 
extension. (This matter was reconsidered by the Commission on the following 


day.) 


Mr. E. C. Warren, Tigard, Oregon, was present in regard to the ap- 
proaches to his service station in Tigard. He advised that the new location 
of the highway through Tigard took in his service station property and he was 
obliged to sell his property to the state, one of the conditions of the sale 
being that the state would provide satisfactory approaches to a new service 


1940 


Rinnai eh rrr nt ernie tcene. FR ncn 


—_ 


—e 


RE palm a Rte EOS 
PM ca te ee an, 6 


- = 
Fen allie een, at 


“2 


a A 


posing eae 85 ech ries 


9292 


The County Court also asked for the improvement of the Cascade Lakes 
Forest Highway from its junction with the Willamette Highway to the town of 
Crescent Lake, and was informed that the Commission will bear this project in 
mind in the allocetion of forest highway funds although it is a costly project 
and the justification for the expense of the railroad grade elimination proj- 
ect is not apparent. After considerable discussion of this project the Com- 
mission instructed the Engineer to make a personal inspection on the ground in 
company with County Engineer Howard and to render a report on the possibili- 
ties of providing a better road connection to the town of Crescent Lake at 


minimum expense. 


The County Court also asked for the improvement of the Westside 
Klamath Lake Secondary near what is know as Fremont Bridge, in the 
corporate limits of Klamath Falls. They particularly requested the construc- 
tion of a sidewalk on the Fremont Bridge which crosses Link River, for the 
benefit of pedestrians, and the realignment of the traveled roadway. They ad- 
vised that the present traveled roadway is quite crooked, although it lies 
within the limits of the highway right of way, so it would not be necessary 
to acquire any additional land for right of way purposes. The State Highway 
Engineer advised that this is a meritorious project, although it would run in- 
to considerable money because it involves not only the construction of the 
bridge but sidewalk approaches thereto, and it appears that the project would 
have to be financed entirely with state funds. After discussion, the Commis- 
sion instructed the Engineer to investigate the project and report his find- 
ings, including an estimate of cost to do the work. 


County Commissioner Benner brought up for discussion a drainage mat- 
ter in the town of Bly. He advised that when the Klamath Falls-Lakeview High- 
way was reconstructed through this town vertain drains were blocked by the 
highway grede and as a result water has becked up, forming a lake at the point 
where the highway intersects a county road. He gave as his thought that this 
is not a county obligation and asked the Commission to do something about it. 
The Commission instructed the Ingineer to investigate the conditions and to 


report thereon. 


County Commissioner George N. Peck, of Morrow County, was vresent 
and asked for the oiling of the West Unit of the Wasco-Heppner Secondary State 
Highway, which would complete the oiling of this road between Heppner and 4 
place known as Rhea Creek. He said that this is Morrow County's preference 
project. He was informed by Chairman Cabell that the first moneys that 
could be used to finance this work are the 1941 moneys and that the Commission 
would do its best to allocate a sufficient amount of such moneys for this job. 


Mr. Peck then cutlined a 5-year construction program as proposed by 
Morrow County Court, which includes the oiling of a 7-mile section of the 
Wasco-Heppner Secondary Highway west of Rhea Creek, which section has already 
been rocked; the surfacing of the adjacent 4-mile section that has already 
been graded to proper standards; and the grading of the 7-mile section at the 
Gilliam County Line. He urged the Commission to bear these projects in mind. 
He also asked the Commission to oil the Oregon-Washington Highway between 
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(Buildings approved for 1940 construction, continued) 


Maintenance headquarters building at Odell Lake, estimated to 
cost $27,500.00 


Maintenance headquarters building at Blue Mountain Pass on the 
I.0.N. Highway, estimated to cost $21,800.00 


Total estimated cost $70,100.00 


After discussion the Commission authorized the Ingineer to prepare plans for 
all of the buildings that are needed at this time, but ordered that those not 
yet approved for construction be not advertised for bids until the Commission 
can see its way clear to finance them. 


In this connection the Ingineer pointed out that it will be neces- 
sary to acquire additional land from the State Penitentiary on which to con- 
struct the proposed laboratory building at Salem. The Commission authorized 
negotiations for the acquisition of such property. 


A commmication was presented from the County Court of Jefferson 
County urging the designation of the Warm Springs Highway as a federal aid 
highway in order to make available federal funds for financing the construc- 
tion of the same, which it was thought would expedite the completion of this 
road and would provide a main highway from Central Oregon to Portland approxi- 
mately 30 miles shorter than any existing route. This matter was discussed 
at considerable length, during which the Commissioners expressed themselves 
as being in favor of placing this road at the top of the list for consideration 
in allocating the remaining federal aid mileage. It was the Commission's 
thought, however, that none of the available mileage should be allocated at 
this time nor until it is urgent that that be done, particularly in view of 
the fact that the Commission wishes to make definitely certain that it allo- 
cates this small mileage to the proper roads. The Secretary was instructed 
to inform the County Court that it is the intention of the Commission to place 
this road on the federal aid system at some future time and proposes to do so 
this yeer so as to make it eligible for the fiscal year 1941 federal aid money 
in the event a portion of such funds can be spared to finance it; otherwise, 
it will have to wait wntil the fiscal year 1942 funds are available or wmtil 
such time as construction work can actually start. 


The Commission discussed briefly the Engineer's report on the pro- 
posed improvement of the Lower Columbia River Highway through the town of Deer 
Island, involving the relocation of the highway on 4 line parallel with the 
S. P. & S. Railroad tracks and the re-establishment of numerous buildings. A 
decision in this matter was deferred pending e personal inspection of the 
project by Chairman Cabell. 


The Engineer reported on the cost to construct a revision of the 
Oregon Coast Highway in the vicinity of the town of Beaver, as instructed by 
the Commission at the previous meeting. He pointed out that the shortest 
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station that he proposed to build along the new highway route. He further ad- 
has been constructed and is now ready for opera- 


tion but he is precluded from serving the public because of the condition of 
Commission to provide him with tempo- 


approaches the 
rary relief, at least until such time as the highway improvement is completed 
so that he can continue to serve his customers. The Commission referred this 
matter to the Engineer with authority to vrovide a temporary improvement if 
he considers that advisable. 


The Commission by unanimous vote approved the minutes of the meet- 
ings of the Commission held on August 31 and September 1, and on September 27 
and 28, 1939, and thereupon signed the same. 


The Engineer reported as follows on new buildings that will be need- 
ed within the next 12 months, as requested by the Commission at the previous 


meeting: 
Laboratory building in Salem, estimated to cost $50,500.00 


Maintenance headquarters buildingsat the following locations: 


Seneca, on the John Day~Burns Highway, in Grant Coun- 
ty, estimated to cost $19,470.00 


Princeton, on the Diamond Valley Secondary Highway, in 
Harney County, estimated to cost $21,835.00 


Prospect, on the Crater Lake Highway, in Jackson County, 
estimated to cost $20,570.00 


‘Newport, on the Oregon Coast Highway, in Lincoln County, 
estimated to cost $10,065.00 


Condon, on the John Day Highway, in Gilliam County, es- 
timated to cost $11,275.00 


Madras, on The Dalles-California Highway, in Jefferson 
County, estimated to cost #11,055.00 


Total estimated cost of all buildings $144,770.00 


He vointed out that the Commission has already approved for 1940 con- 
struction the following buildings: 


One new building and addition to existing building at Medford, 
estimated to cost $11,000.00 


One new building and remodeling of present building at Eugene, 
estimated to cost $6,500.00 


Addition to present building at John Day, estimated to cost 
$3,200.00 
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mah and Portland that was particularly interested in completion of the West 
Portland-Hubbard Highway. Other members of the delegation were Sol Lubliner, 
H. K. Kibler, and County Commissioner C. A. Bigelow of Multnomah County. Mr. 
Ehle read aloud and filed with the Commission a brief on behalf of this proj- tf 
ect. He also filed with the Commission petitions bearing the names of nu- 7, 
| merous residents of Multnomah, Washington, Clackamas, and Yamhill Counties, Rl 
: urging the early completion of the same. Mr. Ehle's remarks were endorsed by 2-8 
Messrs. Kibler, Lubliner, and Bigelow. ? 


Mr. G. S. Ehle, Multnomah, Oregon, headed a delegation from Multno- 


Mr. Bigelow advised that his endorsement. was vresented on behalf of PAS 
the Board of County Commissioners of Multnomah County, which urges the Commis- be) 
sion to give the project its early consideration. The Commission thanked the +a 
delegation for its appearance and advised that the matter would be taken under 


advisement. Pe 
A delegation from Clatsop County appeared before the Commission and eat 

urged the designation of the Flsie-Jewell County Road as a state secondary Ber 

highway. The delegation was headed by County Judge Guy Boyington of Clatsop Bs 


County and included the following: County Commissioners James Elliott and ee 
John Slotte; Lee Wooden, representing the Union Grade School of Jewell, Oregon, = 
and the Jewell Grange; David Tweedale, pioneer of Nehalem Valley and Clatsop 
County; Frank-Wooden, Manager, Clatsop County Pomona Grange; Mr. Meyers of 

Jewell, owner of a hotel and garage; and W. W. Barnett, representing the Neha- 

lem Valley Grange. 


Mr. Barnett alleged that when the Wolf Creek Highway was vlaced on 
the state highway system it was understood that Astoria would have a standard 
highway connection thereto via the Nehalem Secondary Highway, and, in his es- 
timation, such connecting highway should be established now, varticularly in 4 
view of the fact that the volume of traffic that uses the present connection z} 
between Elsie and Jewell is as heavy as it is on the Wolf Creek Highway. Yur- 
thermore, it will provide a shortcut to Astoria which the people of Astoria p 
believe they are entitled to at the earliest possible time. Mg 


Mr. Lee Wooden stated that the Elsie-Jewell Road is the most impor- a 
tant feeder road to the Wolf Creek Highway and that the Jewell School Board ES 
and Jewell Grange are strongly in favor of it, particularly in view of the : 
great advantage that would be gained in the consolidation of school districts. HA 
Mr. Meyers declared that this connecting road is endorsed by all of the grang- ee 
es, the Astoria Chamber of Commerce, and all of the residents in the district a 
affected. Mr. Tweedale, pioneer of the Nehalem Valley, who has resided along ba 
the Elsie-Jewell road for the vast 47 years, endorsed the remarks of the other Rae 
speakers. Mr. Frank Wooden endorsed the project on behalf of the Clatsop 
County Pomona Grange, which, he said, has gone on record unanimously in favor 
of the road. He read aloud and filed with the Commission a letter from the 
Astoria Chamber of Commerce endorsing the project and pointing out that it 35 
will eliminate the necessity of building the provosed shortcut between Fish- a 
hawk Falls and the Wolf Creek Highway at the mouth of Alder Creek. ; 


Mr. Elliott declared that Astoria needs this shortcut road and, in a 
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revision that could be constructed is about one mile in length and estimated 
the cost to construct the same, including the grading, surfacing, and oiling, 
at $80,000. He questioned the justification of such expense in view of the 
possible reduction in traffic when the Wilson River Highway is completed, and 
recommended as an alternate proposition the widening of the present bridge 
over Beaver Creek, which, he seid, would cost only about $7,500, although 
state money would have to be used to finance the work because the Federal Gov- 
ernment would not cooperate on a temporary improvement of this kind. The Con- 
mission approved the recommendation by unanimous vote, subject to the condi- 
tion that state moneys can be spared for the purpose by May or June of this 
year. 


The attorney reported the results of investigations to determine the 
exact location of the neon sign “hat is being maintained on the right of way 
of the Columbia River Highway at The Dalles by Dr. Fred F. Thompson to adver- 
tise his tourist campground. He said that such investigation reveals that the 
sign is located on the highway within the city limits of The Dalles, hence is 
beyond the jurisdiction and control of the State Highway Commission. He rec- 
ommended, in view thereof, that the sign be left where it now is, at least for 
the present. The Commission approved the recommendation. 


The Commission discussed briefly the Engineer's report on the North 
Umpqua Highway, in Douglas County, being an analysis to determine the justifi- 
cation for a standard-type bridge across Steamboat Creek, near Steamboat Creek 
Guard Station, as has been proposed by the United States Forest Service. A 
decision on this matter was deferred until the following day, when it will be 
discussed with representatives of the Public Roads Administration and the U.S. 
Forest Service. 


A report was rendered by the Ingineer on the cost of construct a 
footpath along the Oregon Coast Highway from the city of Tillamook southerly 
to the Trask River Bridge. He estimated the cost of such footpath, including 
right of way, grading, surfacing, oiling, and the construction of a timber 
walk along the outside of the bridge, at $2,860.00. The Commission deferred 
its decision in this matter pending a report from the Engineer on needed foot- 
path and sidewalk construction throughout the state. 


The Fngineer also reported a controversy with Mr. 0. E. Powell, who 
owns @ service station adjacent to the Pacific Highway at Hubbard, Oregon. 
It appears that a standard entrance driveway was constructed into Mr. Powell's 
service station and that in connection therewith the usual traffic island was 
installed, which island Mr. Powell destroyed, alleging that it interfered with 
his business; also, that the island was replaced with & new one, which Mr. Pow- 
ell destroyed also. The Ingineer questioned the advisabiloty of additional ex- 
penditures for this purpose wnless assurance is given that the island will be 
preserved, and requested instructions relative thereto. The Commission or- 
dered the replacement of the island and instructed the Attorney to enjoin Mr. 
Powell from damaging or removing the same. The Attorney was also instructed 
to collect damages from Mr. Powell if possible. 


The Commission adjourned at 12:15 o'clock p. m. and reconvened at 2:00 
o'clock p.m. in the same room, with the same persons present and participating. 
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manufacturers of special equipment, came before the Commission in regard to 
the moving of pea-vining equipment over state highways, the dimensions of 
which equipment exceed the limits specified by statute, particularly the over- 
all height, which, Mr. Pierce stated, is 13 ft. 8 inches, whereas the legal 
height is 12 ft. 6 inches when permitted by the State Highway Commission. Mr. 
Joos stated that his company would like to have a blanket permit of 90 days' 
duration to transport three pieces of such equipment over designated state 
highways at any time of the day or night, expleining thet it is very urgent 
that they have this permission so as to facilitate the harvesting of the pea 
crop. Such operations, he said, would extend from The Dalles, on the Upper 
Columbia River Highway, to Astoria, on the Lower Columbia River Highway, and 
their season is between Vay 20 and August 20 of each year. Mr. Pierce pre- 
sented blueprint plans of the equipment that they propose to manufacture, and 
explained that they could reduce the overall heifrht from 13 ft. $ in. to 12 
ft. 9 in., but it is impossible to make it any lower. 


; The Commission's Attorney explained the law which authorizes the 
Commission to grant vermits for special »rivileges under certain conditions. 
After considerable discussion the Commission advised that a cecision in this 
matter could not be rendered today because there is a question reparding the 
authority of the Commission to erant such a vermit. However, the matter will 
be given serious study, and action will be taken as soon as possible. The Fn- 
gineer was thereunon instructed to make such study and report back to the Com- 
mission at the next meeting. 


Mr. Joos also asked the Commission to consider elimination of the 
requirement that. flagmen accompany the movement in the event a permit is prant- 
ed. He was informed that insofar as overheight loads are concerned it would 
not be necessary to have special flegmen accompany the movement except at 
points where vertical clearance is impaired. 


At 3:00 o'clock ». m. Chairman Cabell announced the following awards 
of contracts and sale of buildings, bids for which were taken at the morning 
session, such awards having been previously approved by unanimous vote: 


"Summit-Mist Section of the Mist-Clatskanie Secondary Highway, 
in Columbia County. 4,89 miles surfacing and 5.45 miles oiling; 
also furnish 1,000 cu. yds. crushed rock in stock niles. The low 
bidder for this project was Tidepoint Company, Astoria, at 
#26,506.00, based on the use of tar. It did not submit a bid based 
on the use of asphalt. The second-low bidder was Babler Bros. ,Port- 
land, at #2'7,128.00, also based on the use of tar. They did not 
submit a bid based on the use of asphalt. There was one higher bid- 
der. The Commission awards this contract to the low bidder, Tide- 
point Company, at its bid of $26,506.00, based on the use of tar. 


"Lapine-West Forest Boundary Section of the Fremont Highway, in 
Deschutes and Klamath Counties. 4.45 miles grading and 12.19 miles 
surfacing and oiling. 19 bids were submitted for this project, the 
low one being that of E. L. Rigdon, Prairie City, at $59,579.00. 


their estimation, the economical thing to do would be to rebuild the present 
road rather than construct an entirely new one. Mr, Slotte endorsed the re- 
marks of the other speakers. Judge Boyington alsc endorsed the remarks of 
the other speakers but suggested investigation of a possible revision at Cow 
Creek to shorten the distance. He filed with the Commission a petition bear- 
ing the names of 156 residents and property owners of the Nehalem Valley, 
trongly urging the Commission's approval of this project. The Commission 
took the matter under advisement. 


Judge Boyington also iuauired whether or not the state would be 
willing to deed back to Clatsop County a portion of Tongue Point State Park, 
consisting of 43 acres, whicn wes heretofore conveyed to the state by the 
county for state park purposes. He explained that the Federal Government, 
in connection with the development of a naval base at this point, needs addi- 
tional land, and it apoears that a small portion of the state park meets the 
requirements, hence the county court's inquiry as to whether or not the High- 
way Commission would be willing to reconvey a few acres of this park to the 
county so it in turn can deed it to the government. The Commission indicated 
a favorable attitude toward this request but deferred a definite decision 
thereon pending an opinion from the Attorney as to whether it has legal au- 
thority to make such transfer, and a report “com the State Parks Superinten- 
dent es to whether or not the state park would be adversely affected by such 
transfer. 


Judge Boyington inquired as to whether or not the Commission would 
be willing to sell to the county some of the rock from the state's quarry lo- 
cated about 5 miles south of Seaside. He explained that Clatsop County is co- 
operating with the City of Seaside in preparing a parking area for automobiles 
at -the north end of Tillamook Head and that they need rock to surface the same, 
the most convenient rock available being that from the state's quarry. He sug- 
gested that, with the Commission's permission, the county would enter into an 
agreement with the state's contractor who is operating this quarry, for the 
furnishing of about 200 cubic yards for the aforementioned purpose. The Com- 
mission approved the request. by unanimous vote and instructed the Engineer to 
cover the matter by letter. 
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Following the anpearance of the Clatsop County delegation the Com- 
mission reconsidered the delegation's request for the designation of the Elsie~ 
Jewell County Road as a-state secondary highwey. In the discussion of this 
matter the Engineer pointed out that the right of way of the present road is 
considerably less than 60 feet wide; also, that the road is now being main- 
tained by the State Highway Department as a detour road pending completion of 
the Wolf Creek Highway. He suggested that it would be advisable to place this 
road on the state secondary highway system if the county will furnish a right 
of way 60 feet wide. The Commission appeared favorably inclined but deferred 
action until the next neeting. The Engineer was instructed-to ascertain in 
the meantime whether or not Clatsop County would furnish the required right of 


way. 
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Mr. Wm. 0. Joos, representing the Maling Company , Inc., Hillsboro, 
and Mr. Chas. Pierce, revresenting Wentworth & Irwin Company, Portland, | 
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were received for this building, the high one being that of John 
Scheckla, Tigard, at $11.00, and the second-high being that sub- 
mitted by Madsen &Picha, Salem, at #7.50. The Commission consid- 
ers the bid of John Scheckla satisfactory and accordingly sells 
the building to him at his bid of $11.00. 


"Building No. 6980, former owner Emil Johnson. U4. V. Kruse, 
Oswego, submitted the high bid for this building at $266.00. 
Emil A. Johnson, Tigard, submitted the second-high bid at $251.00. 
There were 2 lower bidders. The Commission considers the offer of 
H. V. Kruse satisfactory and accordingly sells the building to him 
at his high bid of $266.00. 


"Building No. 6983, former omer Emil Johnson. 2 bids were 
received for this building, the high one submitted being that of 
John Scheckla, Tigard, at #136.00. The second-high bid was submit- 
ted by Madsen & Picha, Salem, at *71.00. The Commission considers 
the bid of John Scheckla satisfactory and accordingly sells the 
building to him at his high bid of $136.00. 


"Building No. 6940, former ower C. H. Pfaffle. H. A. Peabody, 
Portland, submitted the only bid for this building, his bid being 
$15.00. The Commission considers this bid satisfactory and accord- 
ingly sells the building to him for $15.00." 


A delegation from the town of Sheridan, headed by Mayor FE. J. Bay- 
liss and including Cecil Harrison, President of the Chamber of Commerce; and 
E. M. Huntley, came before the Commission and asked for the improvement of 
the McMinnville-Tillamook Highway through their town. The Engineer estimated 
the cost of such improvement, which extends from Bridge Street to the west 
city limits, a distance of about 0.6 mile, at $20,000, the city to construct 
fills as may be necessary and the state to construct concrete curbs and vave 
the entire width between curbs. Mr. Bayliss pointed out that the city contem- 
plates doing considerable W.P.A. street work this year and will >robably have 
considerable excavation material to spare, so it is in much better position to 
cooperate in the state's improvement than heretofore. After discussion the 
delegation was informed by Chairman Cabell that the Commission appreciates 
that this is a needy improvement and looks with favor upon the project, but 
whether or not it could undertake it this year depends upon the Commission's 
ability to finence it. The Ingineer was thereupon authorized and instructed 
to make a detailed survey of the project and to ascertain just what is neces- 
sary in regard to embankment construction. 


A delegation from Portland apneared before the Commission and urged 
the designation and improvement of East 39th Avenue as an arterial state high- 
way route. The delegation was headed by Mr. William “. Hartford, President, 
East 39th Avenue Improvement Club, and included the following: Russell Ward 
and W. R, Bailey, representing the Hollywood Boosters' Club; Herman Ledding, 
Milwaukie Businessmen's Club; Paul Sayre, President, Federation of Conmunity 
Clubs; Rev. Edward Cunningham of the Ardenwald Community Club; L. ¥. Lepper, 
Director, Eastside Commercial Club; and Carl Hutchinson of the Hawthorne Com- 
werical Club. 
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The second-low bid was submitted by Babler Bros., Portland, at 
$61,859.00. The Commission awards this contract to the low bid- 
der, E. L. Rigdon, at his bid of $59,579.00. 


"Chemult-Fort Klamath Section of The Dalles-California High- 
way, in Klamath County. Furnish 12,000 cu. yds. crushed rock in 
stock piles. Rogers Construction Company, Dayton, Washington, sub- 
mitted the low bid for this project at $23,700.00. Fisher Bros., 
Oregon City, submitted the next low bid at $24,598.50. There were 
2 higher bidders. The Commission awards the contract to Rogers 
Construction Company, the low bidder, at its bid price of $23, '700.00. 


“Lost River Section of the Klamath Falls-ifalin Highway, in 
Klamath County. 0.92 mile grading, surfacing, and road mix oil 
treatment. The low bid-for this project was submitted by W. D. 
Miller Construction Company, Klamath Falls, at $19,25°.00. The 
second low bid was submitted by Rogers Construction Company, Day- 
ton, Washington, at $19,640.50. There were 3 higher bidders. The 
Comaission has referred all bids received on this job to the Engi- 
neer with power to award the contract to the low bidder when cer- 
tain conditions have been fulfilled. 


"Construction of a 130-lin. ft. concrete viaduct over Lost 
River and a 4' x 6' concrete siphon on the Klamath Falls-Malin 
Highway, in Klamath County. 6 bids were submitted for this proj- 
ect, the low one being that of W. D. Miller Construction Company, 
Klemath Falls, at 13,327.00. The second-low bid was submitted by 
Clifford A. Dunn, Klamath Falls, at $14,456.00. The Commission has 
referred all bids received on this job to the Ingineer with power 
to award the contract to the low bidder when certain conditions 
have been fulfilled. 


"Albany Section of the Pacific Hirhway Fast, in Linn County. 
1.4 miles grading and 3.9 miles paving. Roy L. Houck, Salem, sub- 
mitted the low bid for this project at %219,892.00. Edlefsen- 
Weygandt Company, Portland, submitted the next low bid at $225,214.95 
There were 6 higher bidders. The Commission awards this contract 
to the low bidder, Koy L. Houck, at his bid of $219,892.00. 


"Hay Canyon Section of the Moro-Hay Canyon County Road, in 
Sherman County. 1.98 miles grading and surfacing; also furnish 
2,000 cu.yds. crushed rock in stock piles. 8 bids were received 
for this vroject, the low one being that of Fisher Bros., Oregon 
City, at $11,873.00. The second-low bid was submitted by H. L. 
Rice, Portland, at $13,648.50. ‘The Commission has referred all 
bids received on this job to the Engineer with power to award the 
contract to the low bidder when certain conditions have been ful- 


Buildings in Tigard: 
"Building No. 6924, former owner Joseph D. Foley Estate. 3 bids 
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He was informed by Chairman Cabell that the 1941 program has not yet been for- 
mulated but the Commission will be pleased to consider these projects for the 
same inasmuch as it considers that Hood River County is deserving of such con- 
sideration, although no definite commitment or promise can be made in regard 
to the allocation of funds at this time. The Engineer was instructed to per- 
sonally investigate the proposed revision at Fike's Corner and report bac’: te 
the Commission before the next construction program is discussed. 


Judge Nickelsen also asked the Commission to construct an oil sur- 
face on a short section of the new county road that connects with the Mount 
Hood Highway near Fike's Corner, particularly the section between the new 
county bridge anc the highway. The Commission indicated approval of this re- 
quest but deferred definite action pending personal inspection and report by 
the Fngineer. ‘ 


There followed a general discussion of matters pertaining to the 
improvement of the Mount Hood Highway, particularly the widening of the same 
and the elimination of curves, but no action was taken thereon. 


Messrs. George H, Brewster, attorney, and Olaf Anderson, engineer, 
representing the Central Oregon Irrigation District, Redmond, Oregon, appeared 
before the Commission in regard to the reconstruction of the district's canal 
across the Ochoco Highway near Powell Butte, in Crook County. It appears that 
under the present arrangement irrigation water is carried across the highway 
through three 36-inch concrete pines; but, on account of the restricted head 
room, the pipes are depressed in the bottom of the canal and act as a siphon, 
so that full carrying capacity of the pipe is not realized, and water backs 
up so that the high-water mark is very close to the top of the highway pave- 
ment. It also apnears that the canal has not been enlarged since the highway 
was constructed some 20 years ago, but the demand for water has increased to 
a large extent, which makes it necessary to vrovide a greater waterway across 
the highway; hence the request of the Irrigation District for a larger opening. 
The Engineer gave as his thought that the Irrigation District is well within 
its rights in asking the state to provide a suitable structure at this point 
and accordingly recommended the construction of three ovenings, each 10 feet 
wide, to replace the pines, at an estimated cost of about £3,000. 


Mr. Brewster point? out that the existing pipes cross the highway 
at right angles to the center line of the highway, which is not in line with 
the center line of the canal. He suggested that it would be advisable to cor- 
rect the alignment and to construct a skewed crossing of the highway. If the 
Commission will approve such type of construction, he said, the Irrigation Dis- 
trict will vay the difference between the cost of constructing it at right 
angles to the highway and the cost to construct it on the skew. Furthermore, 
the district will deposit with the Commission, whenever requested, a certified 
check in the amount of its share of the cost. He urged the Commission to ex- 
vedite the improvement because the water will be badly needed by the 10th of 
April at the latest. 


After discussion, the Commission by unanimous vote approved the con- 
struction of such crossing on the basis of the skew design, as suggested by 


In support of oral arguments presented by the individual members of 
the delegation for this designation, Mr. Ledding filed with the Commission a 
resolution from the City Council of Milwaukie, the Milwaukie Community Club, 
and the Milwaukie Businessmen's Club, in which the Commission was urged to 
“declare and establish an arterial highway from Sandy Boulevard and 39th Ave- 
nue, in Portland, to the north limits of the City of Milwaukie; and that the 
Commission make such improvements thereto as the Commission may determine." 
He urged the Commission to authorize a preliminary survey of this project at 
once. 


Chairman Cabell advised that the Commission appreciates the desira- 
bility of this improvement and will be pleased to bear the project in mind for 
future consideration but it does not wish to give too much encouragement at 
this time because there are so many other important projects that have priori- 
ty for the limited amount of funds available. He thanked the delegation for 
its presentation. 


Mr. Rory Collins, Dee, Oregon, appeared before the Commission on 
behalf of residents of Dee and Parkdale relative to the improvement of the 
Hood River Secondary Highway between Dee and Parkdale. He inquired as to the 
plans of the Commission for this improvement. He was informed that the Com- 
mission has no definite plans for this vroject as yet; in fact, investigations 
to date consist only of a reconnaissance survey. The Engineer was instructed 
to send a copy of this survey report to Mr. Collins for his information. 


Mr. C. L. Hooves, Cascade Locks, came before the Commission and re- 
quested authority to transport logs 32 ft. long over the Columbia River High- 
way from Mile Post 4° to Mile Post 48, a short distance west of Hood River. 

He advised that he has approximately 800,000 board feet of timber to transport 
to the Columbia River and the only route available to him necessitates the use 
of the Columbia River Highway for a distance of about one mile. He estimated 
that it would take him about 2 months to complete this operation after he eets 
started, and in any event his operations should be entirely finished by the 
middle of April. The Engineer pointed out that it is contrary to the estab- 
lished po'icy of the Commission to permit log-hauling operations on the Colum- 
bia River Highway because of the hazard to other traffic, particularly along 
the sections where there is excessive curvature. He exhibited a map showing 
the section over which Mr. Hoover wishes to conduct his operations, and point- 
ed out that this particular section contains no specially bad curves. He pave 
as his thought that Mr. Hoover's operations along this section would not cause 
undue hazards to other traffic and recommended avproval of his request subject 
to the condition that no hauling be done on the highway after Avril 15, 1940. 
The Commission approved the recommendation wanimously. 


The County Court of Hood River County, represented by County Judge 
C. D. Nickelsen and County Commissioners R. W. Perry and R. Waldo Arenz, came 
before the Commission in regard to several highway matters. Judge Nickelsen 
was the spokesman. He urged the Commission to make provision for the recon- 
struction of the Dee-Parkdale Section of the Hood River Secondary Highway in 
its 1941 program. He also requested the construction of the proposed revision 
of the Mt. Hood Highway at a place kmown as Fike's Corner, in such program. 


A request from the North Bend Traffic Safety Council for the instal- 
lation of traffic lights along the Oregon Coast Highway between North Bend 
and Marshfield had the attention of the Commission. The Mngineer advised that 
investigation of the conditions obtaining along this section has been made by 
the Traffic Engineer, who reports that, while the accident record at this 
point is quite high, he does not believe that the expense of installing traf- 
fic lights at this time is justified in view of the fact that the Cormission 
has under consideration the reconstruction of this section of the highway in 
the near future, which would simply mean duplication of exnense inasmuch as 
lights installed on the present highway would have to be moved when the high- 
way improvement was completed. The Commission concurred in the viewpoint of 
the Engineer and instructed the Secretary to inform the North Bend Traffic 
Safety Council that the lighting of this secion will have to wait until the 
highway improvement is done. 


The Commission also considered the request from the Parkrose Lions 
Club, Portlend, for the installation of a stop light at the intersection of 
Northeast 105th Avenue and Sandy Boulevard (Columbia River Highway) so as to 
provide greater safety for nedestrians at this point. The Ingineer advised 
that an investigation has been made of this request; in fact, the investiga- 
tion covered the entire section from Northeast 82nd Avenue to Northeast 122nd 
Avenue, a distemce of approximately 2.14 miles, and it was found that the sec- 
tion most congested and upon which most accidents have occurred is that be- 
tween Northeast Prescott Street and Northeast 112th Avenue, inclusive. He rec- 
ommended the installation of flashing beacons at three points; viz., Prescott 
Street, Columbia Boulevard, and Northeast 105th Street, it anpearing that these 
intersections carry the most .chicular and pedestrian traffic, at an estimated 
cost of #250 each. The Commission approved the recommendation unanimously. 


The Commission considered and denied the request of the City of Burns 
for the installation of two flashing beacons on the Central Oregon Hiehway at 
the following street intersections in Burns: Broadway North and Dee Street 
and West Monroe and Fagan Avenue, it avnearing from investigations made by the 
Traffic Engineer that conditions obtaining at these intersections do not meet 
the requirements of the Commission for traffic signals. 


The Engineer rendered a report on traffic conditions obtaining along 
U. S. Highway No. 99 West (Barbur Boulevard) between Southwest Slavin Road and 
Southwest Capitol Street, Portland. He said that a very thorough study has 
been made of the conditions obtaining along this section, which reveals that 
there are six important intersections from the standvoints of vehicular traf- 
fic entering the highway, pedestrian traffic crossing the highway, and number 
of accidents. However, in his estimation, there are only three of these that 
are particularly outstanding and where flashing beacons should be installed; 
viz., at Southwest Terwilliger Boulevard, Southwest 19th Street, and Southwest 
30th Street. He recommended the installation of flashing beacons at each of 
these three points, and further studies to ascertain the volume of pedestrian 
traffic along the highway, as a guide in determining the justification for 
sidewalk construction. The Commission approved the recommendation unanimously. 


Letters were vresented from Fred R. Hall, B. W. Hood, and the County 
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Wr. Brewster, provided the Irrigation District will submit its certified check 
in advance, covering its share of the cost. The Ingineer was instructed to 
proceed with the plans for the structure at once and to advertise the project 
for bids to be received at the earliest opportunity. 


A letter was presented from the City Council of Hubbard, Oregon, re- 
questing the installation of a traffic light on the Pacific Highway at its 
intersection with Needy Road, within the city limits of Hubbard; also, re- 
questing the erection of 35-mile per hour speed-limit signs on this highway at 
the north and south city limits of Hubbard. The Engineer advised that this re- 
quest has been investigated by the Traffic Engineer and it appears that condi- 
tions obtaining at this point do not meet the requirements of the Commission 
for traffic lights, and it is recommended that the request for the same be de~- 
nied. However, he recommended aonroval of the city's request for the 35-mile 
per hour speed-limit signs, subject to the condition that the city, by avpro- 
priate ordinance, »rovide an indicated speed limit of 35 miles per hour. The 
Commission approved the recommendations. 


The Commission also had under discussion a request from the City of 
Springfield, Lane County, that the state relieve the city of the expense of 
replacing the electric light globes on the Willamette Ri~er Bridre at that 
place. The Engineer advised that at present there is no uniformity in the 
practice of the State Highway Department relative to such matters. He recom- 
mended, in view thereof, the adoption of a state-wide policy whereby the state 
would assume the expense of replacement of light globes and fixtures on all 
of the bridges on the state highway system, which arrangement, he estimated, 
would not cost the state more than $2,000 annually. After discussion, the 
Commission approved the recommendation by unanimous vote; however, decided to 
adhere to its present policy with respect to the payment for electrical ener- 
gy used in lighting these structures, which is that cities, counties, or other 
civic bodies concerned pay for the electrical energy used in lighting bridges 
and overpasses, and the state assume such expense in connection with the 
lighting of the underpasses. 


The Commission considered and referred to the Engineer for investi- 
gation and report a vetition from the citizens of Jefferson, Oregon, request- 
ing the installation of a traffic light at the intersection of Main Street 
with the Pacific Highway in Jefferson, and the painting of pedestrian lanes 
across the highway at such intersection. 


The Secretary presented a letter from “r. Ray P. Shaw, Mayor of Cor- 
nelius, Oregon, renewing the city's request for the installation of flashing 
beacons at important intersections on the Tualatin Valley Highway in that 
tom. The Engineer pointed out that this matter was discussed by the Commis- 
sion at the previous meeting and the request was denied because it appeared, 
from investigations made by the Traffic Ingineer, that the conditions obtain- 
ing at this place do not meet the requirements for traffic light installations, 
and thet the city officials were so informed. However, it is anoarent that 
the city does not wish to take "no" for an answer. In view thereof the Commis- 
sion instructed the Engineer to discuss this matter nersonally with Mayor Shaw. 


St. Helens, the Commission considers it inadvisable to commence the recon- 
struction of any other section. 


The Enpineer brought up for discussion the matter of improving the 
Flagstaff Hill-Lower Powder Section of the Baker-Homestead Highway, in Baker 
County, which improvement has been urgently requested by the people of that 
district. He advised that to regrade this section to proper standards is a 
very expensive job, estimated at $220,000, and that it would take a long time 
to accomplish it in view of the limited amount of funds that the Commission 
has available for this class of work. He suggested as an alternate pronosi- 
tion the construction this year of a light oil treatment on the present road, 
costing about $10,000, followed later by a heavier oil and rock surface cost- 
ing about #12,000, which improvement, he said, would last for a long time and 
would probably satisfy the local people. After discussion, the Commission 
tentatively approved an expenditure of *10,000 of state funds this year for 
the light oil treatment, deferring a definite decision vending further discus- 
sion on the following day. 


A letter was presented from the County Court of Gilliam County, re- 
questing the resurfacing and oiling of the Wasco-Heponer Secondary State High- 
way from the City of Condon westerly a distance of 6 miles; also, requesting 
the resurfacing and oiling of this highway from Condon easterly 4 distance of 
about 5 miles. The Engineer advised that the Commission has already budgeted 
#15,000 to grade and surface 4 section of this highway east of Condon commenc- 
ing at a point about 5 miles from the city limits and extending to Rock Creek 
Hill, it being the thought of the Commission at the time the buiget was pre- 
pared that it would be better to do additional grading and surfacing work 
rather than to oil the portion that has already been graded and surfaced. The 
Commission apveared inclined to favor the improvement nearer the town of Con- 
don, as requested by the County Court; however, 4 decision as to whether or 
not to transfer the funds to such vroject was deferred vending consultation 
with the County Court. The Engineer was instructed to contact the County 
Court relative thereto. 


‘The Commission discussed a proposal from the Physiciens and Surgeons 
Hospital Association, Salem, for modification of the agreement between the 
Commission and the Association vroviding for group health insurance for State 
Highway Department employees, so as to provide for the Association reasonable 
protection in the event that conditions beyond the control of the Association 
should arise at any time in the future, which modification reads as follows: 
"The Association shall not be held responsible for the furnishing of services 
other than those reasonably available, in the event that conditions beyond its 
control should arise, such as conditions of war, catastrophies, floods, earth- 
quakes, fires, and general strikes." The Commission indicated approval of 
the modification in principle but not as written. The matter was referred to 
the Attorney to discuss with the officials of the Association in an enceavor 
to secure a clause that would be satisfactory. (The Association's request was 
withdrawn later.) 


The Commission discussed the advisability of altering its code of 
relations covering the activities of State Hichway Devartment employees in 
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Court of Klamath County, requesting the improvement of the Cascade Lakes For- 
est Highway from its junction with the Willamette Highway, southerly, to the 
town of Crescent Lake, eliminating from consideration for the time being the 
the construction of the railroad grade separation structure which is involved, 
The Secretary was instructed to revly that the Commission has this project in 
mind and that an investigation will be made in accordance with the suggestions 
offered. The Engineer was instructed to make such investigation and it was 
decided to discuss this matter with representatives of the Public Roads Admin- 
istration and the United States Forest Service on the followinr day. 


The Engineer reported the request from the City of Portland for the 
paving of the shoulders adjacent to McLoughlin Boulevard at its intersection 
with the city street that leads to Bybee Avenue, Portland, so as to provide a 
paved roadway connecting the highway pavement and the street vavement. The 
Engineer advised that the work contemplated would cost about #370. He recom- 
mended against the improvement because 4t would have a tendency to increase 
traffic on the connecting road and would create a very undesirable traffic 
hazard. The Commission avproved the recommendation by unanimous vote. 


The Commission discussed a letter from the Agate Beach Community 
Club requesting the improvement of the road leading from the Oregon Coast 
Highway at Agate Beach to the Yaquina Head Lighthouse. The Engineer advised 
that this is an expensive nroject which he did not believe the Commission could 
finance in view of its other obligations. Furthermore, the road is not on the 
state highway system, so the Commission is without authority to expend state 
funds to improve it. The Commission thereupon denied the request. 


In the disecvssion of this matter other secondary state highway >roj- 
ects in Lincoln County were mentioned, particularly the Siletz Secondary High- 
way. The Engineer advised that the Commission previously budgeted federal aid 
secondary highway funds for the improvement of this road, but the project was 
turned down by the federal authorities as not being eligible on account of ex- 
cessive curvature and steep grades; So, unless the government officials can be 
prevailed upon to change their attitude, the improvement will have to be de- 
leted from the construction program unless the Commission will approve the 
same as a state-financed job. He pointed out that the Commission heretofore 
gave the peovle of this district to understand that the oroject would go for- 
ward this year. This matter was discussed at some length but action thereon 
was deferred by the Commission until the following day. The Engineer was in- 
structed to prepare a list of projects that have been approved by the Commis- 
sion for construction as state-financed jobs. 


A letter was presented from Mrs. Maude Hollenbeck, Rainier, Oregon, 
in which complaint was made of the condition of the Lower Columbie River High- 
way between Rainier and Goble, particularly the section known as Prescott Hill. 
Also, in which request was made for the improvement of this section so that it 
would be safe for traffic. The Engineer was instructed to inform Mrs. Hollen- 
beck that the Commission is reconstructing the Lower Columbia River Highway as 
rapidly as it can with the funds available and that the vlan is to perform 
such reconstruction work in increments, starting at the Portland end until the 
improvement reaches the town of St. Helens; and, until the improvement reaches 


reimburse the state for the cost of repairs. He read aloud several letters 
from persons who were involved in accidents on the Interstate Bridge between 
Portland and Vancouver, in which it was pointed out that accidents occurred 
by reason of the faulty condition of the highway rather than on account of 
reckless driving, and the question arises whether or not, under the circum- 
stances, they are obligated to pay the cost of repairing the bridge. The In- 
gineer stated that at times the Interstate Bridge is slippery by reason of 

the dripping of oil from the street-cars and there is no question that a haz- 
ard, exists, and if conditions are just right an accident is bound to occur re- 
pardless of the care that the driver of an automobile may exercise. He sug- 
gested that it might be advisable to investigate each accident carefully and 
ascertain, if vossible, whether or not the accident occurred by reason of reck- 
less driving or otherwise, and if it is found that recklessness on the vart 

of the driver of the car was the cause of the accident the driver of said car 
should be required to reimburse the state for the cost of repairs; otherwise, 
the state should assume such expense. After considerable discussion, the Com- 
mission by unanimous vote approved the Engineer's suggestions and ordered thet 
hereafter accidents occurring on any state highway bridge be handled in such 
manner. The Engineer and the Attorney vere instructed to study each of the 
current cases involving accidents on the Interstate Bridge and if it appears 
that oil on the street-car tracks was the main cause of the accidents or if it 
is found that the accident occurred because of the slippery highway surface, 
then the owner of the automobile shall not be required to reimburse the state, 
and any remittances tendered by such persons shall be returned to them. 


Consideration was then given by the Commission to the claim of Jack 
Carey for reimbursement for the cost of repairing his car which he alleged was 
damaged while enroute across the Interstate Bridge between Portland and Vancou- 
ver, The Engineer exnlained that this accident occurred during a time when in- 
spection of the barrier on the right side of this bridge was being made by a 
highway department employee, and it so hapnened, for some unknown reason, that 
the contacts of the control box became connected, causing the barrier to start 
lowering, and it was not stopned until too late to prevent “fr. Carey driving 
his car into it. The responsibility for the accident, he said, is clearly the 
state's and he recommended that “Mr. Carey be reimbursed for the cost of re- 
pairs to his car, which were estimated at #102.40. The Commission by unanimous 
vote approved the recommendation subject to the condition that the State of 
Washington, which is joint owner of this bridge, assume a portion of this ex- 
pense. 


The Engineer requested authority to ourchase the following equipment: 


6-ton roller - estimated cost $ 
6-ton trailer - estimated cost 
550-gallon kettles - estimated total cost 
200-gallon kettles - estimated total cost 
100-gallon kettle - estimated cost 
pickup trucks - estimated total cost 
dump trucks - estimated total cost 
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relation to their membership in political parties, fraternal organizations, 
religious organizations, and labor unions, et cetera, and decided unanimously 
to make no change in the present code. (See Code on page 10 of the Meinten- 
ance Manual, Second Addition.) 


The Attorney reported that he has been asked by Mr. Harold Turner, 
attorney for the Union Pacific System, to discuss with the Commission a form 
of resolution prepared by “r- Turner for congressional action, which resolu- 
tion provides for a federal appropriation of $50,000,000 for the elimination 
of highway railroad grade crossings during the fiscal year 1942 and 1943, 
without state ccoperation. He read aloud such resolution, which the Commis- 
sion discussed tviefly. The Engineer suggested that the resolution should 
provide for an appropriation of federal funds equal to those appropriated for 
the fiscal year 1938 and 1929 without mentioning any particular class of proj- 
ect. The Commission favored the purpose of the resolution but was of the 
opinion, since the Chairman of the Commission, who also is President of the 
American Association of State Highway Officials, will be in Washington to 
promote the general interests of the states with respect to federal funds, 
that it would not be wise to recommend the type or class of improvement. 


. ~ . 
ate er 


The Secretary presented an invoice from the American Association of 
State Highway Officials covering the annual dues of the State of Oregon in 
such Association during the year 1940, said invoice being in the amount of 
#350. The Commission by unanimous vote approved the payment of same. 
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The Attorney brought up for discussion matters vertaining to the 
proposed underpass construction at Nyssa, in Malheur County, particularly the 
acquisition of privately-owned property that will be affected by this im- 
provement by reason of its being deprived of a roadway connection to the high- 
way. He read a letter received from the Union Pacific Company which advises 
that the privately-owned property in question is of no value to the railroad 
company, hence it refuses to vay ‘out any of its funds to add this property to 
its present holdings. Purthermore, the proposed highway improvement necessi- 
tates the remodeling of the railroad station at Nyssa et considerable expense, 
and in view thereof the company does not feel that it can go to the extra ex- 
pense of acquiring additional land for which it has no use. The Attorney fur- 
ther advised that he has consulted with the officials of the Amalgamated Sugar 
Company, Nyssa, in regard to this projéct and has ascertained that this com- 
pany is willing to cooperate with the Highway Commission fully in this under- 
taking. He also advised that there is no ground for the assertion of the Union 
Pacific Comnany that the highway improvement is responsible for the remodeling 
of the railroad station, because, 45 he understands it, the comvany intended 
to remodel this station regardless of the highway improvement. After discus- 
sion, the Attorney was instructed by the Commission to inform the Union Pacif- 
ic Railroad Comvany officials that the prade separation project at Nysse, in 
which the railroad company is particularly interested, is in jeopardy and may 
be cancelled from the Highway Commission's construction program unless the 
Commission can secure reasonable cooperation from the company. 


The Attorney also brought up for discussion the question of whether 
or not persons who are accused of damaging state highway bridges should 


The Commission considered and ordered filed a petition signed by 
numerous residents of Eugene objecting to the Commission's plans for the vro- 
posed permanent routing of the Pacific Highway through the city of Eugene. 


The Commission also considered a petition filed by numerous resi- 
dents and tax payers of Newport and vicinity urging action by the Commission 
to stop the removal of agate-bearing sand and gravel from the ocean beach be- 
tween Newport and Otter Crest, in Lincoln County. The Commission deferred ac- 
tion on this matter vending personal insvection of the premises. 


The Engineer reported that he has received information from the 
Portland Traction Company to the effect that it intends to abandon its street- 
car tracks on Lombard Street, Portland, and in connection therewith intends 
to remove the rails. Also, that the company has stated its willingness to 
contribute toward the improvement of this street, which is a state highway 
route, an amount equal to the cost to repair the street after the rails have 
been removed. He requested authority from the Commission to make a survey of 
this street so as to ascertain how much it will cost to improve it to modern 
standards and to determine whether or not the offer of the Traction Company 
should be accepted. The Commission approved the request unanimously. 


The Engineer also requested authority to conduct a survey on South 
6th Street, Klamath Falls (The Dalles-California Highway) from Klamath Falls 
south to the state highway shops, a distance of about 2.18 miles, so that de- 
tailed information will be available when this project comes up for considera- 
tion in the formulation of future highway construction programs. He advised 
that this section extends through a thickly populated district and carries a 
large volume of traffic and must be improved in the near future as a traffic 
safety measure. Also, that the city is now working on the matter of acquir- 
ing strips for the widening of the right of way and for the establishment of 
building setback lines so as to advance the improvement as much as possible. 
The Commission approved the Engineer's request by unanimous vote. 


The matter of authorizing an expenditure of state highway funds dur- 
ing 1940 to assist in financing the Oregon exhibit at the San Francisco Fair, 
which is to be opened again this year, had the attention of the Commission. 
The Engineer advised that this fair is to remain open for five months, begin- 
ning about May 1, and he estimated that to maintain an exhibit would cost be- 
tween $18,000 and $20,000, of which amount the Fair Committee is asking the 
State Highway Commission to pay 50 per cent. After discussion the Commission 
authorized an expenditure not to exceed $10,000 for such purnose, provided 
some other Oregon agency would pay the balance. 


The matter of advancing additional state funds to finance non-labor 
items in connection with the Wolf Creek Highway W.P.A. project was brought up 
for discussion by the Ingineer. He advised that if this work is to proceed 
the state will have to advance about $2,500 in January and about $3,500 in 
February. In this connection he pointed out that several months ago 4 new 
W.P.A. Project on this highway, to supersede the project now in force, was 
initiated, but, for some reason that he has not been able to ascertain, approval 
of the same by the Washington authorities has not been secured. He recommended 
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(Purchase of equipment requested by Engineer, continued) 


Forward $21,380.00 


9 trucks of the Ford and Chevrolet type, and 
trade in 9 old trucks as part purchase price - 


estimated net total cost $8,100.00 
2 pickup trucks for Landscape Department - 
‘estimated total cost 1,200.00 


1 157" wheel bese truck for Parks Department - 
estimated cost 800.00 
Grand Total $31,480.00 


After consideration the Commission aporoved the request by unanimous vote and 
ordered that the ourchases be made through the State Purchasing Agent in ac- 
cordance with the usual practice. 


The Engineer requested authority for the Assistant State Highway En- 
gineer and himself to attend the meeting of the Western Association of State 
Highway Officials which is tentatively scheduled to be held in Santa’ Fe, New 
Mexico, some time in February. The Commission approved the request unanimous- 
ly, subject to further approval by Governor Charles A. Sprague. 


A letter was vresented from Mr. Lester Sheeley, Vernonia, requesting 
that the county road which extends from the Wolf Creek Highway at Sunset Camp 
northeasterly to a connection with the Nehalem Secondary Highway, near the 
town of Vernonia, be designated a state secondary highway. The Commission de- 
cided not to so designate this road at the present time. 


The Secretary presented letters from Messrs. Ray Conway, Lewis A. 
Mcarthur, and Walter Meacham, all of Portland, accepting appointments on the 
Commission's committee to select sites for historical markers along the Old 
Oregon Trail. The Commission approved the letters and ordered them filed. 


A letter was presented from Mr. R. Allen, of Allen's Grocery Store, 
Marshfield, renewing his claim for loss of business and damages which he al- 
leges he suffered by reason of the construction of the Bunker Hill Section of 
the Oregon Coast Highway just south of Marshfield. The Commission referred 
this matter to the Attorney for investiration and report. 


The Secretary vresented a letter from Mr. Charles Stidd, President, 
Peninsula Public Golf Course, Portland, advising that they have plans for the 
development and improvement of this golf course, located at the intersection 
of Denver and Union Avenues, Portland, which they would like to undertake in 
the near future, and inquiring as to the plans of the State Highway Commission 
for the reconstruction of the highway at this location. He was instructed to 
inform Mr. Stidd that the highway improvement is too costly @ project to under- 
take in the near future and in view thereof the State Highway Commission would 
offer no objections to the immediate improvement of the golf course and would 
expect to reimburse the Golf Club for extra expense that it incurs by reason 
of the delay in the highway improvement. 


ey oe 


WHEREAS the State Highway, Commission heretofore has ‘au- 
thorized and instructed the State Highway Ingineer to make surveys 
on certain sections or portions of the highways of the State of 
Oregon; and 


WHEREAS, pursuant to said authorization the State Highway 
Fngineer has made and completed the said surveys and has filed the 
maps and plans of the said surveys in the files of the State Highway 
Commission, in Salem, Oregon; and 


WHEREAS, the maps and plans of the said surveys have been 
examined by the State Highway Commission and have been found suit- 
@ble in all respects for approval and adoption by the State Highway 
Commission ; 


NOW, THEREFORE, BE IT RESOLVED, that the surveys herein- 
after designated and described, together with their. identifying loca- 
tion map file numbers, as shown in the map filing records of the 
State Highway Commission in its Salem office, be and they are here- 
by adopted and approved as the location surveys of the various por- 
tions or sections of highway involved: 


File No. Prefix County » eMbr Section Highway 
1A-8-27 7-2808 Crook Location Crooked River-Prineville Ochoco 


5B-24-20 107-2806 Crook Location Jefferson Co. Line-Prineville Warm 
5B-24-21 Springs 


5B-25-3 12-2815 Grant Reconn. Prairie City-Baker Co. Line Jom 
Day 


5B-22-18 13-2809 Harney Location Buchanan Ranch-Nigger Flat Central 
Oregon 


5B-24-19 18-2816 Klamath Relocation Flume, M.P. 293.66 The Dalles-Calif. 
5B-25-4 235-2811 Wheeler Reconn. Fossil-Kinzua Kinzua County Rd. 


BE IT FURTHER RESOLVED that the State Highway Ingineer be 
and he hereby is authorized to make such minor changes in the said 
locations as may improve the standards of alignment and grades not 
inconsistent with the general location of the section of highway 
involved. 


The Commission had under consideration the following requests for ex- 
tensions of time within which to complete highway construction projects: 


Yountain States Construction Company, Contract mo. 2154, for 
construction of a bridge over the Nehalem River on the Wolf Creek 
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advancement of state funds to finance the non-labor items during January and 
February of 1940 but that a letter be written to E. J. Griffith, Works Prog- 
ress Adhinistrator for Oregon, inquiring as to the reason for the delay in se- 
curing approval of the new project and advising him that, notwithstanding that 
the State Highway Commission wants to see this project proceed to completion, 
somé more equitable arrangement must be made in the near future to finance it. 
The Commission approved the Engineer's recommendations by unanimous vote and 
authorized Chairman Cabell to write such letter. 


The Engineer vresented a list of surveys that he has ordered since 
the last meeting of the Commission and asked the Commission to confirm them 
and the amounts allocated for each. After due consideration, the Commission 
authorized and instructed the Engineer to make such location surveys on va- 
rious sections of the highways of this state, which said sections of highways, 
together with their identifying location survey numbers and the amounts au- 
thorized and allocated for such survey expenditures, are as follows: 


Plans ---- 11-2810 - Ouinton-Blalock Section, Columbia River Highway, 
Gilliam County. lst authorization - $437.50 

Plans ---- 20-2841 - Defter-Duval Creek Section, Willamette Highway, 
Lane Coun 2nd authorization - $25.00 


ty 
Total to date $325.00 


Right of Way - 21-2837 - City of Waldport Section, Oregon Coast and Alsea 
Highways lst authorization - $500.00 


Testing - - - - 22-2809 - Albany Section, Pacific Highway East, Linn County. 
6th authorization - $35.00 


Total to date $17,060.00 


Plans - ---- 24-2827 - Pringle Cree-Taylor Creek Section - Pacific Highway 
East lst authorization - $100.00 
Plans - -- - - 226-2841 - Barnes Road-Germantown Road Section, Skyline Blvd. 
(Co.Rd.) lst authorization - $600.00 
Plans - --- - 30-2827 - Tutuilla Creek Section, Pendleton-John Day Highway, 
Umatilla County ist authorization - #250.00 
Plans - ---- 33-2819 - Shaniko-The Dalles-California Highway, Wasco County. 


2nd authorization, - #1,400.00 
Total to date $2,400.00 


Location - - - 235-2812 - John Day Highway-Kinzua Section, Kinzua County Road, 
Wheeler County. lst authorization - $2,800.00 


The Fogineer also reported that 4 number of surveys heretofore au- 
thorized by the Commission have been completed. He presented a list of such 
surveys and revorted briefly on each survey listed thereon. After due consid- 
eration the Commission approved the respective surveys 45 reported and adopted 


the following resolution in regard thereto: 


projects be declared completed according to the terms of the respec- 
tive contracts, and said jobs are hereby accepted and final payment 
in connection with each is hereby authorized. 


The Commission discussed a date for its regular meeting in March 
for the receiving of bids for highway construction work, and decided tentative- 
ly to hold such meeting on Thursday and Friday, March 21 and 22, 1940, in 
Portland. The Secretary was instructed to make the usual arrangements to hold 
such meeting in the auditorium of the Public Service Building. 


The Commission adjourned at 6:00 o'clock p. m., to reconvene on the 
following morning at 9:00 o'clock in the same room 


Portland, Oregon, January 12, 1940 


The State Highway Commission reconvened in regular session at 9:00 
o'clock a. m. in the auditorium of the Public Service Building, with all Com- 
missioners present and varticipating. Also present were the State Highway En- 
gineer, the Attorney, and the Secretary. 


Bids as follows for highway construction projects were opened and 
read in conformance with vreviously published notice, following which Chair- 
man Cabell announced that the award of contracts would be made at 3:00 o'clock 
p. m. in the same room: 


PACIFIC HIGHWAY EAST 
SOUTH UNIT, OREGON CITY SECTION - GRADING AND PAVING 


Edlefsen-feygandt Company $36, 781.25 
Jacobsen-Jensen Company 39,582.00 
Contracting & Sales Company 39,912.50 
The United Contracting Company 41,396.20 
McNutt Bros. 41,652.50 
Theo. Arenz 41,980.25 
A. W.. Stevens Construction Company 42,303.95 
Bennett & Taylor 42,996.50 


PACIFIC HIGHWAY EAST 
SOUTH UNIT, OREGON CITY SECTION - PARTIAL VIADUCT AND RETAINING WALL 


Barham Bros. $30,697.50 
Kuckenberg Construction Comnany 30, 743.50 
Bennett & Taylor 31,085.00 
Birkemeier & Saremal 31,580.00 
McNutt 3ros. 32,050.00 
Ai ¥. Stevens Construction Company 32,561.00 
Contracting & Sales Company 34,375.00 
Parker-Schram Company 34,832.50 
Fda.efsen-Weygandt Company 35,870.00 
Jasobsen-Jensen Company 36,452.59 
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construction of state highway projects have been complet 
requirements of the contracts or modifications thereof, and that said jobs are 
now ready for acceptance. The following resolution accepting the above proj- 


Highway, near Elsie, in Clatsop County, requested an extension of 
time of 60 days, from December 71, 1939, to February 29, 1940, with- 
in which to complete this project. They gave no reason for their 
failure to complete the vroject within the specified time limit. 

The En ineer advised that failure of the contractor to complete 
this job in the time limit specified in the contract was due to 
changes in the plans and additional work authorized, which increased 
the contract amounts by 21 ver cent. Such increase, he said, would 
entitle the contractor to 71 days extra time within which to com- 
plete the job. He recommended, in view thereof, that the extension 
of time requested be granted without venalty. A letter was pre 
sented from the Public Roads Administration concurring therein. 

The Commission avvroved the recommendation by unanimous vote. 


E. C. Hall Company, Contract No. 2192, for prading, surfacing 
and oiling the Silver Lake-Harris Creek Section of the Fremont 
Highway, in Lake County, requested an extension of time of 6 days, 
from September 30 to October 6, 1939, within which to complete 
this job. They gave no reason for their failure to complete the 
project within the specified time limit. The Fngineer advised that 
bids for this project were taken by the Commission on May 18, 1939, 
but the contract was not awarded until June 9, 1939. Furthermore, 
the quantities involved in the contract were increased during the 
time that the contract was under way. He recommended, in view 
thereof, that the extension of time requested be granted without 
penalty. A letter was oresented from the, Public Roads Administra- 
tion concurring therein. The Commission approved the recommenda- 
tion unanimously. 


The Engineer reported that Contracts Nos. 2185 and 2192, for the 


ects was offered and was adopted by the unanimous vote of the Commission: 


WHEREAS, the Engineer has reported that the following 
State Highway Commission contracts for the construction of state 
highway projects have been completed according to the terms and pro- 
visions of the contracts and said jobs are now ready for acceptance: 


Contract No. 2185, with E. L. Rigdon, for grading, 
topping, and oiling the John Day-Prairie City Section of 
the John Day Highway, in Grant County. Completed December 
31, 1939. 


Contract No. 2192, with E. C. Hall Comoany, for grad- 
ing, surfacing, and oiling the Silver Lake-Harr is Creek Sec- 
tion of the Fremont Highway, in Lake County. Completed Oc- 


tober 6, 1929. 


THEREFORE, BE IT RESOLVED that the work covered by satd 
state highway contracts for the construction of said state highway 


ed according to the 


(Pleasant Hill-Oakridge Section, continued) 


Babler Bros. $52,240.00 
Homer G. Johnson 53,345.00 
Fisher Bros. 54,341.25 
Norris Bros. 55,457.50 
R. 0. Dail & Warren Bros., Inc. 56,702.00 
S. S. Montague 57,007.50 
E. C. Gerber 58,450.00 
McNutt Bros. 59,450.00 
Clifford A. Dunn 64,606.56 


The Assistant Attorney reported that the right of way budget as set 
up for 1940 amounts to $600,000 and that of this amount a total of #230,361.83 
has been authorized to date for acquisition of right of way. He also reported 
that by reascn of exceptionally large payments during the month of December 
the anticipated saving in the 1929 budget of from $40,900 to $50,000 did not 
materialize, the actual saving being apvroximately #12,000. The Commission 
approved the report. 


The Engineer brought up for discussion the matter of the acquisition 
of right of way for the Columbia River Highway across a place known as Dodson 
Flat. He suggested that the Attorney be authorized to proceed with the secur- 
ing of options for such right of way. The Commission approved the suggestion 
by unanimous vote. 


The Attorney requested authority to acquire certain parcels of real 
property that are needed for various highway improvements throughout the state. 
He submitted a list of such properties together with prices that he recommend- 
ed be paid for each. After careful study the Commission approved the request 
and by unenimous vote adopted the following resolution in regard thereto: 


WHEREAS, in connection with the further ivprovement of the 
highways hereinafter designated, it is and has been necessary to ac- 
quire property for right of way, quarry sites, gravel or other mate- 
rial sites, or sites for the storage of materials, as hereinafter 
more definitely set forth; and 


WHERFAS, as a result of negotiations carried on with the 
owners of the property required, options have been obtained, which 
options have been considered by the Commission, outlining the be- 
ses of settlement which have been agreed upon; and 


WHERFAS, it is the judgment of the Commission that the 
said options should be avproved and accepted, and/or the said re- 
ports be declared acceptable to the State Highway Commission as 
bases of settlement for the properties involved, and that the ac- 
quisition of the properties should be completed: 


NOW, THEREFORE, BE IT RESOLVED, that the several offers, 
or bases of settlement hereinafter enumerated be, and the same 


NEHALEM SECONDARY HIGHWAY 
MIST-VERNONIA SECTION - CRUSHED ROCK IN STOCK PILES 


Tidepoint Company 
Homer G. Johnson 


A. S. Wallace 10,800.00 
Babler Bros. 11,200.00 
Schmeer & Williams Bros. 11,400.00 
0. C. Yocom 12,000.00 


Dolan Construction Company 12,570.00 


CENTRAL OREGON HIGHWAY 
BEND-MILLICAN SECTION - CRUSHED GRAVEL IN STOCK PILES 


A. S. Wallace $10,040.00 
Fisher Bros. 11,460.00 
Homer G. Johnson 12,960.00 
Rogers Construction Company 13,030.00 
Chester T. Lackey 13,480.00 
A. Milne 14,500.00 
Schmeer & Williams Bros. 14,690.00 
Gus Reichow 16,510.00 


CONSTRUCT FRAME OFFICE BUILDING AND 
ADDITION TO EXISTING MAINTENANCE BUILDING AT MEDFORD 


Walter J. Stutte $10, 767.00 
E. G. Whiteside & Son 11,996.73 
Contracting & Seles Company 12,'790.00 
R. I. Stuart & Sons 12,880.00 
C. A. Chamberlin 12,903.50 


KLAMATH FALLS-LAKEVIEW HIGHWAY 
DAIRY SECTION - GRADING, SURFACING, OILING 
ALSO FURNISH CRUSHED ROCK IN STOCK PILES 


Rogers Construction Company $19, 733.00 
W. D. Miller Construction Company 23,'771.00 


SIUSLAW HIGHWAY 
CUSHMAN-SWISSHOME SECTION - CRUSHED ROCK OR GRAVEL IN STOCK PILES 


e Sand & Gravel Company $14,280.00 
A. S. Wallace 14,960.00 
15,980.00 


Gus Reichow 
WILLAMETTE HIGHWAY 
PLEASANT HILL-OAKRIDGE SECTION - SURFACING, OILING, CRUSHED GRAVEL 


E. C. Hall Company $49,393.50 
0. C. Yocom 51,292.50 


(Continued on next page) 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


- Mt 
paged fect M. L. Morrison 13 3254 sq.ft. 3f sq.ft. DeSouza 
fic 
3 at fe of ‘Albany 7 4602 sq.ft. 10¢ sq.ft. Gardiner 


(Correction) 
6735-Koontz, S.W. Slope. sement 726 sq.ft. Gratis, plus #197 


791-Ouattlebaum, Ella E.or ton bit 1. 10.947 $164.41 per a " 
5@44-Dinkle, Harry oe 5978 sq.ft. 5¢ sq.ft. plus #201.10 " 
5132-Gilmore 0il Comnany " 1989 sq.ft. 5¢ sq.ft. + $105 + 

moving bldgs. (Fst. 

at 2800) " 
Cot; e- ) #728) - Pacific Highw 
7728-Davison, Rhoda E. Gravel Pit 10.92 $400 Lump Sum Benson 


Cushman-Camp Creek Section - Siuslaw peapney 
7595-Eugene Sand & Gravel Co. Approx. 6700 cu.yds.rock at 6¢ cu.yd. Gardiner 
Quarry 
Dexter—Duval Creek Section — ti Nanette Heer 
7569-Gray, Stanley Gravel Pit 13 $51.13 per a. + fencing 
: Lytle 


(Correction) 
= h -Lakeview hve, 
2403-Bliss, D. J. and 1.02 #200 for the land, + $50, 
Brewer, C. A. + moving bldgs. (Est. 


at #1250) McCallister 


amath Falls-Malin-Los 4 B = # ALE Me “a s-Melin Highwa: 
685-Klamath County A ° Gratis McCallister 
7682-Taylor, Eugene H. and " 0.83 $200 per a. + $25 
Sullivan, Dennis + moving fence n 
684-Wilson, J. S. " 1.52 $300 per a. + $950.50" 
: ~- East Diamo Secon hea: 
3-Klamath Indian Agency Stock Pile 2.75 5-yr. lease, $25.00, 
(Tribal Lands) plus $1.00 McCallister 
t k~ W ~ Klamath Falls- view Highwa: 
7522-Troy, Wm. J. 0.67 20 Lump Sum Benson 


7577-Hahner, Geo R $5 lan Sum for land 
(State to deed back 
portion not needed) 
McChesney 
7578-Fox, Henry " 2.95 Land $1.00, plus *10 " 


=e Sa 


Re Bs = os 
Rage 


hereby are, approved and accepted, and that the Attorney for the 
State Highway Commission be, and he hereby is instructed to complete 
the acquisition of the said properties and to take title thereto in 
the name of the State of Oregon. The said properties hereby ordered 
and authorized to be acquired are as follows: 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


e Section - Columbie River 
Hartness, Candace M. 


(Guardian,Mildred Watts) R/W 4000 sq.ft. $100 Lump Sum McChesney 
7697-Scappoose, City of n 3200 sq.ft. $150 Lump Sum " 
724,7-Northern Pac.Ry.Co. and 

(SP&SRR) Easement 50965 sq.ft. 3¢ sq.ft. + $975, 


+ credit 7200 saq.ft., 
to be deeded by state 
to R.R.Co. (#216.00) " 


Wolf Creek t - Wolf Creek hwa: 
7731-Sunset Logging Co. Main- 40.0 Gratis Parker 
tenance Site 


- fic H W 
-Hoffarber, Albert 1970 sq.ft. Land $1 per a. + $6,380 
(Correction) Collins 
7006-Hammer, Florence B. n 1.48 $1000 per a. + $1270 
+ moving bldgs (Est. 
at $1200) n 
6978-Johnson, Emil A. " 1.39 #1000 per a. + $7950 " 


Houlton-Werren Section - Columbia River Hoghrsy 
7429-Wikstrom, Alice D. 9042 sq.ft. $0.025 sq.ft. McChesney 


,51-Peterson, Augusta " 0.16 $200 per a. + *5.00 " 
74,8-Dehlgren, Elmer 0. n 0.05 #200 per a. + $17.75 . 
714,5-Larson, C. J. ba 0.17 $200 per a. + £42.00 ® 
14,52-Boesel, Fred " 0.13 $200 per a. + $70 " 
744,7-Hammerbeck, Wm. 0. " 0.07 $200 per a. + $21.00 " 


ehal + — Oregon t hwa: 
51-Bell, Edna A. Park 2 lots $10 per lot DeSouza 
7348-Bell, E. E. " 2 " #10 " " " 
+- 
bayer tm & Inves : 7 —— 
7318-Buckley, Myrtle E. " 14" #10 * " " 
7273-Harriet Curtis Catto 
Heirs n , Oe S Lump Sun . 
Cooper, Charles D. " © Lump Sum 
7334, , " : ih #10 Lump Sun tt 


7336-Wiedrick, John 


Hignway 


S pea ode Pe*® wes J! 3j ACLS 2! 
g92-Schreiber, Jack C. Stock Pile 0.459 3-yr. lease at $15 per yr. 
Gardiner 


_ The Commission decided to study the plans for the Eugene project 
within the next three or four weeks and decide at that time whether to conduct 
a public hearing in Eugene on the subject. 


Reconsideration was given by the Commission to the matter of paying 
the assessment made by the City of Portland against certain state-owned prop- 
erty adjacent to McLoughlin Boulevard, Portland, which property is described 
as Lots 10 and 11, Block 3, Reynolds Addition. The Attorney advised that the 
assessment is in the amount of $42.00 and that he has received notice from 
the city that the property will be sold in the near future unless this assess- 
ment is paid. He gave as his thought that the city has no legal authority to 
collect such assessment against state property and requested instructions rel- 
ative thereto. The Commission discussed this matter at some length but de- 
ferred its decision pending investigation and report as to whether or not the 
City of Portland actually pays the assessments made for improvements in front 
of city-owned proverty, it being the thought of the Commission that if the 
city pays such assessments then the state should do likewise. (This matter 
was reported on later in the session when the Attorney advised that inquiry 
reveals the fact that the City of Portland does pay assessments for improve- 
ments in front of city-owned property the same as private property omers are 
required to do in front of private holdings. In view thereof, the Commission 
by unanimous vote approved the payment of the assessments in this instance.) 


The Attorney requested instructions as to whether or not he should 
resume negotiations for the acquisition of right of way needed for the pro- 
posed improvement of the Oregon Coast Highway through the town of Bandon. He 
advised that he has not yet received the final decree of the Circuit Judge in 
the case of the tax lien matter, involving property in the town of Bandon, but 
indications are that the decree will be favorable, so if the Commission wants 
to expedite this project it could authorize the acquisition of the right of 
way at this time. The Commission deferred a decision in the matter until the 
finel decree has been handed dom. 


The Attorney reported a request from the State Forestry Department 
for a permanent easement to use a roadway across state-owned property acquired 
from Mr. Charles Pope, in Lane County, for stock pile purposes, so as to per- 
mit access to property that the Forestry Department oms. He explained that 
the Forestry Department simply wants a nermanent right to use an existing road- 
way across this tract and that it has offered to construct a fence around the 
stock pile at its own expense. The Commission avpeared inclined to errant this 
request but deferred a definite decision pending investigation and recommenda- 
tion by the Engineer. 


Reconsideration was given by the Commission to the matter of acquir- 
ing the area contained within the wye connection of the Lakeview-Burns Highway 
with the Central Oregon Highway, in Harney County. The Attorney advised that 
the owners of this property have indicated a willingness to accept $350.00 for 
the same, which is $150.00 less than their previous offer. The Commission ap- 
proved the purchase of this tract at such figure. 


The Engineer reported the need to acquire additional land in Jom 
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Acres Approximate Amounts Agent 


mc -; 


=) Ss O .on PEO Tenwey 
98 Benson 


McChesney 
6228-Ginder, Frank J. sa 


—n) e t - 
7414-Fleischacker, Herbert Quarry DeSouza 


t - Da 
aig tom. Eleanor BOTT 10 sq.ft. 797 sq.ft. $5 Lump Sum 
" " 


47; 480.40" " $20 
plus fencing Wells 
7558-Hinkle, W. B. and Twig " 3535 sq.ft. $175 Lump Sum, + $75 ° 


Ejgin-Rock Greek Section Nellows Lake fishnet 
29-Gilbert, J. Allen and 


Kerr, James Oliver Stockpile 1.64 $40 per a. 


Haines-North Porder Section - Old Oregon Trail Highway 
5004-Chandler, E.N. et al Allowance for construction 90 


(Supplemental) rods fence at 50¢ per rod DeSouza 
5002-Bieber, Christine J Allowance for construction 180 

(Supplemental) rods fence at 50f per rod " 
5003-Coles, Fdw. W. " Allowance for construction 184 

(Supplemental) n rods fence at 50¢ per rod , 


Beaver Marsh-Fort Klamath Section - The perieenCao storie Highway 
7718-Pelican Bay Lumber Company 5.0 . $50 ver a. McCallister 
Quarry 
Hapren Creek Section —Colueni.S a River Highwa: 
5-Hood River County R/\ 10.5 $172.34 Lump Sum DeSouza 


(For amount unpaid taxes) 


The Engineer presented for consideration the Rose “. Hollenbeck prop- 
erty matter at Eugene, explaining that “irs. Hollenbeck had awarded a contract 
for the construction of a residence building and that after the excavation 
work had been done she stopped further activities at the request of the High- 
vay Department until such time as it could be definitely ascertained whether 
or not any additional right of way would be required across her property. The 
Commission expressed its appreciation of the cooveration afforded by “irs. Hol- 
lenbeck and instructed that if it should develop later that her residence con-. 
struction will be increased in cost by reason of the taking of any additional 
right of way, e claim for such increase in cost shall be presented to the Com- 
mission for approval. 


of the property and that he be euthorized to offer Mr. Dodenhoff $3,000.00 
for the same. The Commission approved the recommendation and by unanimous 
vote adopted the following resolution in regard thereto: 


WHEREAS, the State Highway Commission is by law author- 
ized and directed to lay out, locate, relocate, designate, con- 
struct, reconstruct, improve, and maintain a system of state high- 
ways in the State of Oregon, including both primary and secondary 
state highways, to acquire rights of way necessary therefor, and 
to declare the necessity and need for the acauisition thereof, and 
the advantages to be gained thereby; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVFD by the 
State Highway Commission as follows: 


1. That the State Highway Commission does hereby find 
and declare that it is necessary, will be of advantage to the State 
of Oregon, and is needful that the State acquire for right of way 
purposes for use in connection with the permanent location, con- 
struction, improvement, and maintenance of the following section 
or sections of the state highway system of the State of Oregon, to 
wit: 


Lost River Section of ‘the Klamath Falls-“Yalin Highway 


real property owned by or in possession of the following parties 


and/or persons, to wit: 


File 7683-B. L. Dodenhoff and Halli: 4. Dodenoff 


and this Commission does hereby declare further that the said prop- 
erty or properties are necessary, are needful, and the acquisition 
thereof will be of advantage to the State of Oregon for right of 
way purposes in order to make it possible for the State Highway Com- 
mission to properly locate, relocate, construct, reconstruct, and 
maintain said portion or portions of the said state highway system 
in accordance with standards adopted by this Commission relative to 
curvature, grades, alignment, drainage, and factors of safety. 


2. That the State Highway Ingineer be and he hereby is 
instructed and directed to properly survey the parcel or parcels of 
land required for such right of way purposes and prepare proper and 
adequate descriptions thereof, which descriotions shall be employed 
in the preparation of a deed or deeds or other instrument or in- 
struments necessary to complete the acquisition of the said proper- 
ty or properties or which descriptions may be used in the prepara- 
tion of a complaint in the event that condemation proceedings are 
necessary. 


3. That the boundaries of the seid parcel or parcels of 
land, as defined and determined by the said survey made by the said 


Day for the enlargement of the maintenance headquarters at such place, and 
recommended that the Attorney be authorized to negotiate for the same. The 
Commission approved the recommendation and instructed the Attorney to secure 
options for consideration by the Commission at the next meeting. 


The Attorney reported difficulties in acquiring right of way for 
the improvement of the Pacific Highway across land owned by Harry Dinkle at 
Albany. He advised that the appraised value of this property is $350.00, in- 
cluding damages in the amount of $150.00, but the omer previously demanded 
$550.00 for the same, in view of which the Commission authorized condemnation 
of the property. However, Mr. Dinkle subsequently agreed to accept the sum 
of $450.00 and has given the state an option in that amount. He inquired 
whether he should close this transaction on such basis or should proceed with 
condemation, in view of the value placed on the property by the state's ap- 
praiser. After discussion the Commission authorized the Attorney to pay as 
much as #400.00 for the property, and if Mr. Dinkle will not accept such sum, 
then to proceed with condemnation. 


The Assistant Attorney presented for consideration the settlement 

on the Emil A. Johnson property, Right of Way File 6978, at Tigard, explain- 
ing that on December 7 the State Highway Commission received bids on behalf 
of the omer for the moving of the buildings and that the low bid was submit- 
ted by Odom Construction Company, in the amount of $6,364.00. It has devel- 
oped, however, that there was some jndefiniteness in the specifications and 
that Mr. Johnson has demanded additional items of work, estimated to cost 
about $300.00, which the contractor has refused to do, resulting in failure 
to enter into a contract by the omer and the contractor for the doing of the 
work. If new specifications are prepared and the work is readvertised, it 
is anticipated that Mr. Johnson will make additional demands over and above 
the original specifications, which unquestionably will greatly increase the 
cost of the work. The Assistant Attorney advised that Mr. Johnson has offered 
to accept the sum of $7,000.00 and to do all of the work himself, and to re- 
lieve the Commission from any further liability. Mr. Johnson's offer was based 
upon the further fact that from the sum of $7,000.00 there should be deducted 
$159.10, which is 2% per cent of the low bid of Odom Construction Company and 
which sum is to be paid to Odom Construction Company as compensation for hav- 
ing submitted the low bid and not having been awarded the contract for the 
work by Mr. Johnson. In view of the desire to place the Tigard project under 
contract, and the expense which will be involved in preparing additional speci- 
fications and readvertising the work, it was recommended that “Mr. Johnson's 
offer be accepted. After consideration the Commission approved the recommenda- 
tion of the Assistant Attorney and authorized settlement for the moving work 

the basis of payment of $6,840.90 to Mr. Johnson and $159.10 to Odom Con- 


struction Company. 


The Attorney requested authority to institute condemation proceed- 
ings to acquire right of way needed for the revision of the Lost River Section 
of the Klamath Falls-Malin Highway, in Klamath County, across the property of 
B. L. Dodenhoff and wife, Right of Wey Transaction No. 7682. He explained 
that the appraised value of this property is $3,064.50, but that Mr. Dodenhoff 
is demanding the sum of #8,000.00 for the same. He recommended condemnation 
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that the loggers of this district apparently have no regard whatsoever for 
the provisions of the permits that have been issued to them and continually 
violate the provision that prohibits the transportation of logs during the 
hours of derkmess, Saturday afternoons, Sundays, and holidays. Further, that 
many logs are spilled along the roadside, creating a hazardous as well as an 
unsightly condition; furthermore, the highways are being badly damaged by rea- 
son of truck-hauling of logs over the same. He asked the Commission to look 
into the matter. The Commission instructed the Ingineer to investigate Mr. 
Honeyman's allegations and revort his findings. 


The Engineer requested authority to post the Nye Junction-Ukiah 

Section of the Pendleton-Joln Day Highway and the Prairie City-Unity Section 
of the John Day Highway for 50 per cent reduced load limits when the need for 
such posting is apparent. He explained that there is considerable frost in 
the ground at the present time and it may be necessary to nost the roads for 
reduced loads at any time. In any event, he said, it would be necessary to 
do so when the spring break-up occurs, in order to vrevent serious damage to 
the highway. The request was approved by the Commission by unanimous vote, 
with the understanding that an appropriate resolution would be adopted later 
when the reduced load limit signs are placed. 


The Secretary presented a letter from the Belle Passi Cemetery Asso- 
ciation, Woodburn, in which the Commission was requested to authorize the 
erection and maintenance of a monument on the Pacific Highway right of way 
near its junction with the Belle Passi Cemetery Road about 1 mile south of 
Woodburn, as a memorial to pioneers of this historical location. The Mmgineer 
advised that the right of way at this place is only 60 feet wide, which is too 
narrow to accommodate a monument such as the petitioners have in mind, and it 
would be necessary to acquire additional width as a site for the monument if 
the Commission approved the request. He suggested that the Commission secure 
a recommendation from Mr. Lewis A. McArthur, President of the Oregon Histori- 
cal Society, before passing definitely on the matter. The Commission approved 
the recommendation and so ordered. 


The Attorney reported briefly on the status of the proposed Astor 
Street project in Astoria, particularly es to the progress that is being made 
by the city in securing the removal of buildings from the highway right of 
way. He said that the city has encountered difficulties in this matter and 
has brought suit against the owners of the buildings to force them to move 
their buildings. He read aloud a letter from the City Attorney regarding the 
matter, in which was outlined an offer of settlement made by the property owm- 
ers to the city, and advised that the city hes rejected the offer and has der 
cided to proceed with its trial, in connection with which the city would like 
to know whether or not the Highway Commission will contribute any state funds 
to help defray the cost. He also said that the City Council intends to dis- 
cuss this matter at a meeting in the near future and would like to have the 
Commission's answer at that time. The Commission appeared disinclined to con- 
tribute state funds for this purpose; however, authorized the Attorney to at- 
tend such meeting and to inform the City Council, if questioned on the matter, 
that he has no authority to obligate the state for any additional amount but 
will report back to the Commission for further instructions. 
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Highway Engineer, along the route or location adepted by the Highway 
Commission, shall be and the same hereby are adopted and the lands 
defined therein are hereby declared to be and the same are included 
within the rights of way of the said portion or portions of the said 
state highway system and hereby are declared to be necessary for the 
proper location, improvement, construction, and maintenance of the 
seid portion or portions of the state highway system. 


4. That I. H. Van Winkle, Attorney General of the State 
of Oregon, and J. M. Devers, Assistant Attorney General and Attorney 
for the State Highway Commission, be and they are hereby requested, 
authorized, rnd directed to attempt to agree with the owner or own- 
ers and/or with the tenants or persons in possession, if there be 
any, of said parcel or parcels of land with respect to the compensa- 
tion to be paid for the taking of the same and the damage, if there 
be any, and in the event that no satisfactory agreement or agree- 
ments can be reached, then it is hereby further resolved that the 
Attorney General of the State of Oregon and J. MM. Devers, Assistant 
Attorney General and Attorney for the State Highway Commission, be 
and they hereby are requested to commence and prosecute to a final 
determination such suit or action, or suits or actions, as may be 
necessary and appropriate to acquire title to the said premises and 
all rights therein for the purposes herein stated. 


5. That this resolution be entered in full in the minutes 
and records of this Commission. 


The Attorney »rought up for discussion the matterof renting the build- 
ing recently acauired uy the Commission from Duane Gibson in connection with 
the purchase of right of way for the revision of the Pacific Highway just south 
of Salem. He suggested that the renting of this building should be handled in 
the same manner that the state-owned buildings in Pendleton are handled; that 
is, through a local agency. The Commission approved the recommendation unani- 
mously. 


The Commission had under discussion the offer of the United 
States Division of Grazing relative to the maintenance of an oasis for general 
public use adjacent to the Lakeview-Burns Highway at a place known as Alkali 
Lake. The Engineer advised that Mr. George Beers, who represents the Division 
of Grazing, offers, if the Commission intends to proceed with its plans for an 
oasis at this place, to make available to the state certain wells already 
drilled and serving the C.C.C. camp located nearby, and he will also cooperate 
with the Highway Commission in this undertaking by furnishing C.C.C. labor re- 
quired for the construction and maintenance of such oasis as long as the C.C.C. 
camp is maintained in that vicinity. The Commission deferred its decision in 
this matter pending investigation by the Engineer, who was instructed to have 
the Landscape Fngineer contact Mr. Beers for details. 


Mr. Honeyman, Portland, came before the Commission at this time in 
regard to logging overations on highways in the vicinity of Molalla. He stated 
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conference. aan was then had on the question of whether or not an al- 
location should be made for the construction of a permanent bridge structure 
on the North Umpqua Forest Highway, in Douglas County, at a place kmown as 
Steamboat, or to construct a temporary structure at such place. It was point- 
ed out that the state highway bridge over the Pudding River on the Pacific 
Highway, at Aurora, will have to be replaced in the near future, and it was 
suggested that this old bridge, which is a steel structure, could be disman- 
tled upon completion of the new bridge and re-erected at Steamboat at consid- 
erably less expense than if an entirely new bridge were built at the latter 
place. The suggestion was approved by unanimous vote of all varties concerned 
and it was decided to finance the new Pudding River Bridge at Aurora with fis- 
cal year 1941 federal aid moneys and to finance the re-erection of the old 
Pudding River Bridge at Steamboat with fiscal year 1942 forest highway moneys, 
which would avoid the necessity of providing an allotment in the current for- 
est highway program for such project. The Commission indicated that it would 
take bids for the construction of the new bridge at Aurora in the fall of 1940. 


The question of whether or not to construct a section of the Cascade 
Lakes Forest Highway between its junction with the Willamette Highway and the 
town of Crescent Lake was also discussed at some length. On account of the 
excessive cost to build this section, including the railroad overcrossing 
structure involved, it was suggested that consideration should be limited to 
the section from the Willamette Highway southerly a distance of about ore mile 
to a junction with the coumty road that leads to the town of Crescent Lake, 
which project it was estimated would cost only about #30,000.00. Mr. Lynch 
gave as his thought that sufficient savings would accrue from the contracting 
of other work to finance such project so that it would not be necessary to 
make an allocation thereto at the present time. The sugeested improvement 
was approved by the unanimous vote of all parties concerned, whereupon Mr. 
Lynch advised that he would order a survey of the project immediately, to se- 
cure a closer estimate of cost. It was decided that the action taken at this 
meeting with respect to this project would be brought to the attention of 
the people of Crescent Lake, and their attitude with respect thereto ascer- 
tained. The Engineer was instructed to personally contact these people in 
company with a representative of the Public Roads Administration and the Coun- 
ty Engineer of Klemath County. 


There followed a general discussion of the projects to be included 
in the 1941 program, special consideration being given to the provosed revision 
of the Oregon Coast Highway south of Port Orford, in Curry County; to the con- 
struction of the forest highway section of the Warm Springs Highway; and to 
the reconstruction of the remaining link of the Wapinitia Highway a short dis- 
tance westerly from its junction with the Warm Springs Highway. After consid- 
erable discussion the Commission voted unanimously to contribute $100,000.00 
of state funds as cooperation in financing the Port Orford improvement and the 
Warm Springs and Wapinitia projects. The following projects were thereupon 
approved for the program under discussion and it was decided unanimously to 
recommend them to the Commissioner of Public Roads and the Chief of the Forest 
Service, Washington, D. C.: 


The Attorney presented a letter from Mr. Jay Bowerman, Portland, at- 
torney for the Safeway Stores, Inc., inquiring whether or not the Commission 
would grant Safeway Stores a vermit to operate its delivery equipment on the 
Ontario Spur Section of the Old Oregon ‘rail between Ontario and the Snake 
River, which equipment exceeds somewhat the overall height limit specified by 
the Oregon statutes. It appears that the Safeway Company supplies its Ontario 
store from its Payette, Idaho, headquarters, and that the equipment that it 
operates in Idaho meete the Idaho requirements in all respects, but it does 
not meet the Oregon requirements as to height, hence their request for a spe- 
cial permit to avoid the necessity of purchasing special equipment simply to 
serve its store in Ontario, which requires-the movement over the Oregon high- 
way for a distance of only 1 mile. The Engineer recommended granting such 
permit in the event that the Commission has legal authority to do so and pro- 
vided there is sufficient overhead clearance across the Snake River Bridge. 
The Commission approved the recommendation unanimously, subject to a check 
of the bridge clearance. The Engineer was instructed to investigate the mat- 
ter. 


County Commissioner H. B. Roadman, Douglas County, was present and 
urged the construction of an additional section of the North Umpqua County 
Road on vermanent alignment from the end of the present improvement which is 
now unusable, being a deadend section, for e distance of about 1 mile, toa 
connection with the existing road. He said that the county has already start- 
ed proceedings to acquire the right of way and in support thereof presented a 
copy of the County Court's resolution in regard thereto. He was informed by 
Chairman Cabell that the Commission appreciates that this particular section 
should be completed as soon as possible but just how soon the Commission 
could undertake it is a question which depends entirely upon the availability 
of funds. The Commission agreed to give the project serious consideration in 
the formulation of its next federal aid secondary highway program. 


The Commission adjourned at 12:00 o'clock noon and reconvened at 
1:15 ofclock p. m. in Room 210, Congress Hotel, with all Gommissioners pres- 
ent and participating. Also present were the State Highway Engineer, the At- 
torney, and the Secretary. 


The Commission conferred with representatives of the Public Roads 
Administration and the United States Forest Service with regard to the selec- 
tion of projects to be recommended to the Commissioner of Public Roads and 
the Chief of the Forest Service, Washington, D. C., for the fiscal year 1941 
forest highway program. Representing the Public Roads Administration were 
Messrs. ¥. H. Lynch, District Mngineer, eri T. M. Davis, H. D. Farmer, F. E. 
Andrews, and Robert Bloodsworth, Senior Highway Engineers. Representing the 
United Forest Forest Service were James Frankland, Regional Ingineer, and 
F. V. Horton, Acting Regional Forester. : 


Mr. Lynch advised that the exact amount of the fiscal year 1941 au- 
thorization is #1,171,755.00, which amount, less the administrative expense 
and cost of equipment, estimated at $116,755.00, leaves a balance of 
$1,055,000.00 available for allocation to construction projects, location sur- 
veys, and maintenance, being #95,000.00 more than was estimated at the previous 


Proj.No. Project 


30-A2,E Klamath Falls-Lakeview Hwy. 5.5 $100,000 


Reconstr.Gr., Surf., & 
Surf. Agger. Prod. 


34-A2,B3 Pendleton-Johm Day Hwy. 


35-A7 


36-Al 


Reconstr. Surf. 


John Day~-Burns Hwy. 
Reconstr. Surf. 


John Day Hwy. 


Funds Programmed 
Approx. Length For. Hwy. Coop. 


Remarks 


- Reconstr.Grad., 
Surf., & Bit. 
Surf.Treatment 
inel.stockpiling 
of surf.for 2.5 
mi,which is to 
be reconstructed 
next season 


Reconstr.Surf., 
& Bit.Surf.Treat. 


Reconstr.Surf. 
& Bit.Surf.Treat. 


Reconstr. Grad. 


Flora-Enterprise Hwy. 
Grading 


80,000 


Warm Springs Hwy. 
Clearing 


20,000 


Cascade Lakes Hwy. 
Grad. & Adv. Clear. 


50,000 


Timberline Hwy 5.0 125,000 
Grading,Surf. & Adv.Clear. 


Includes 
Bit.Surf,Treat. 


Location Surveys 10,000 
25,000 


$1,055,000 


Maintenance 


TOTAL #100, 000 


Mr. Lynch then brought up for discussion the matter of providing 
funds to carry on surveys and to perform necessary maintenance work before 
the new forest highway program receives final approval in Washington. He ad- 
vised that about $30,000 will be needed to finance location surveys and 
#25,000 to finance maintenance of forest highways, or a total ef $55,000, 
which, he said, is available in the forest highway state contineent fund. He 
asked the Commission to approve such allocations. The Commission approved the 
request and thereupon signed the following joint letter with ‘ir. Lynch and Mr. 
Horton in regard thereto: 


2 1940 


Funds Available: 
F.Y. 1941 Authorization SBS ove eathtsvpee ITE, WS 


Less Admin. & Equipment (10% approx.)......-++___ 116,755 
Total available for new program.........+$1,055,000 


Recommended Program: (Major Projects) 
Funds Programmed 
Proj.No. Project Approx. Length For. Hwy. Coop. Remarks 
10-Dl Oregon Coast Hwy. 2.0 $ 20,000 $50,000 - 
Reconstr.Grad. 
10-D2 Oregon Coast Hwy. 03 25,000 - 26! roadway with 
Hubbard Cr.Br. Reconstr. 2 sidewalks 
16-K1,L Tiller-Trail Hwy. 4e3 45,000 - Surf.& Bit.Surf. 
Surf.& Surf. Aggr.Prod. Treatment on 
Section Kl and 
Surf. Ager.Prod. 
on Section L 
17-B2 Crater Lake Hwy. 0.7 5,000 - For surf. of 
Reconstr. Surf. Ager.Prod. section to be 
reconstr. next 
season adjacent 
to junction of 
Crater Lake and 
Tiller-Trail Hwy. 
17-B3 Crater Lake Hwy. 03 35,000 - Reconstr. of 
Trail Cr.Br. Reconstr. bridge over 
Trail Cr. 
21-F5, Willamette Hwy. 7.5 100,000 - Surf. & Bit. 
G3, H4 Surf. Surf. Treatment 
23-12,J1,Santiam Hwy. 7.0 100,000 ~ Surf. ,Bit.Surf. 


Treatment, and 


K3, L2 Surfacing 
Slide Correction 


24-A2 North Santiam Hay. 2.0 100,000 - ~ 
Reconstr.Grad.,Surf. & Bridges 


26-65  Waninitia Hwy. 2.5 30,000 50,000 - 
Reconstr.Grad.,Surf., 
Bit. Surf., & Bridge 


(Continued on next page) 
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contract. In this connection the Commission gave consideration to the bidders 
request for additional time within which to execute said contracts and furnish 
the required bonds, and the Commission by unanimous action agreed to grant the 
bidders two weeks within which to execute the contract and furnish the bond 
with respect to each project, said period of time to terminate on January 27, 
1940. 


The Commission instructed the Secretary to so notify the bidders and 
the surety on their bidders' bonds and the Commission further instructed the 
Secretary to advise the said bidders and their sureties that in the event they 
fail to execute each of said contracts within said extension of time and fur- 
nish the bonds required, the Commission will determine and conclude that the 
bidders have abandoned the contract, and the Commission will proceed to recov- 
er the full amount of the bidders' bonds in each case. The Engineer was au- 
thorized by the Commission to award said contracts to the next low bidder in 
each instance in the event that Saxton, Looney & Risley fail to meet the Com- 
mission's requirements. 


The Engineer discussed briefly with the Commission the proposed 
agreement with the United States War Department with respect to the use of 
the dredged materials from the Columbia River for constructing fills along 
the new Columbia River Highway, in Multnomah County, but no definite action 
was taken thereon. 


At 3:00 o'clock p. m. Chairman Cabell announced awards of contracts 
as follows, bids for which were taken at the morning session, such awards hav- 
ing been previously approved by the Commission by unanimous vote: 


"South Unit, Oregon City Section of the Pacific Highway East, 


in Clackamas County. 0.31 mile grading and paving. Hdlefsen-Wey- 
gandt Company, Portland, submitted the low bid for this project at 
$36,781.25. Jacobsen-Jensen Company, Portland, submitted the 
second-low bid at $39,582.00. There were 6 higher bidders, The 
Commission awards this contract to the low bidder, Edlefsen-Weygandt 
Company, at its bid of $36,781.25. 


"Construct 336 lin, ft. concrete partial viaduct and 173 lin. 
ft. concrete retaining wall on the South Unit, Oregon City Section 
of the Pacific Highway Fast, in Clackamas County. The low bid for 
this project was submitted by Barham Bros., Salem, at $30,697.50. 
The second-low bid was submitted by Kuckenberg Construction Com- 
pany, Portland, at $30,743.50. There were 8 higher bidders. The 
Commission awards the contract for this job to Barham Bros., the 
low bidders, at their bid of $30,697.50. 


"Mist-Vernonia Section of the Nehalem Secondary Highway, in 
Columbia County. Furnish 6,000 cu. yds. crushed rock in stock 
piles. 7 bids were received for this project, the low one being 
that of Tidepoint Company, Astoria, at $8,640.00. The second-low 
bid was that submitted by Homer G. Johnson, Portland, at $10,500.00. 
The Commission awards the contract for this vroject to the low bid- 
der, Tidepoint Company, at its bid of #8,640.00. 
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Chief, Forest Service 
Commissioner of Public Roads 
Washington, D. C. 


Gentlemen: 


It is recommended that $30,000 be allocated from the 
Oregon Forest zighway State Contingent to finance location sur- 
veys in the State of Oregon, and that $25,000 be allocated to 
finance maintenance of Forest Highways in that State for which 
the Federal Government is obligated under existing cooperative 
agreements. 


The conference was concluded at 2:15 o'clock p. m., whereupon the 
Commission reconvened immediately in the auditorium of the Public Service 
Building with all Commissioners, the State Highway Fngineer, the Attorney, 
and the Secretary present. 


Matters vertaining to the proposed Front Street vroject, Portland, 
were discussed and in this connection the Attorney advised that the Portland 
City Council desires a conference with the Commission for consideration of 
right of way matters incident thereto; also, that the city officials have re- 
quested that someone from the State Highway Devartment be assigned to work 
with the city authorities in aporaising properties along this route. After 
discussion, the Commission authorized the Attorney to assign one of his right 
of way agents to work with the city officials in making such avvraisals, it 
being understood, however, that options are not to be taken. 


The Engineer discussed with the Commission the program of state fi- 
nance projects that have been approved for construction in 1940. He vointed 
out that the Commission has already approved an item of #767,000.00 in the 
1940 budget to finance state work on primary highways, and an item of *385,000 
to finance state work on secondary highways, or a total of $1,152,000.00, and 
some time ago approved individual projects to take up these amounts. He ques- 
tioned the advisability of approving additional projects until it is ‘mown 
whether or not these already approved will teke up the amounts available. 

This matter was discussed briefly ané the Ingineer was instructed to prevare 
a list of approved projects and report the same to the Commission at the next 
meeting. 


Reconsideration was given by the Commission to the award to the bid- 
ders, Saxton, Looney & Risley, of the contract for the construction of the 5.1 
miles of surfacing and oiling on the Warm Springs Agency-Vanora Section of the 
Warm Springs Secondary Highway, in Jefferson County, bids for which were re- 
ceived by the Commission on December 8, 1939, and also to the award to the 
said bidders of the contract for the construztion of 9.20 miles of highway 
construction on the Jordan Creek-“icNamers Camp Section of the Wilson River 
Highway, in Tillamook County, bids for which were received by the Commission 
on December 7, 1929, and the failure of the said bidders to execute each of 
said contracts and furnish the construction bond required in support of each 
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by this bond, and will furnish an endorsement to be attached to the bond so 
protecting such officials. Accordingly, he suggested that such endorsement 
be secured protecting him as State Highway Engineer. The Commission approved 
the suggestion by unanimous vote and instructed the Secretary to secure such 
an endorsement from the insuring company. 


Messrs. J. S, Risley and A. H. Saxton, representing the contracting 
firm of Saxton, Looney & Risley, came before the Commission at this time in 
regard to the contracts awarded to them by the State Highway Commission at 
its meeting on December 7 and 8, 1939, for the surfacing and oiling of the 
Warm Springs Agency-Vanora Section of the Warm Springs Secondary Hirhway, in 
Jefferson County, and the construction of the Jordan Creek~McNamers Camp Sec- 
tion of the Wilson River Highway, in Tillamook County. They advised that up 
to the vresent time they have been unable to secure the bonds required by the 
State Highway Commission in connection with these contracts, and requested 
additional time within which to vrovide such bonds. Chairman Cabell advised 
the action taken by the Commission previously on this matter and that the 
Commission has instructed the Secretary to confirm such action by letter. 

The question of whether or not the Commission would authorize the assignment 
of these contracts was then brought up for discussion. The Commission decid- 
ed unanimously not to approve such assignment. 


The Engineer presented a list of rules and regulations covering the 
truck-hauling of logs over state highways, as revised pursuant to suggestions 
offered at the conference with representatives of the logging industry in the 
Benson Hotel on Wednesday evening, January 10, 1939, which rules and regulae- 
tions are as follows: 


A. al _and Report f Lost Logs or s 


If any log be dropped from any load during its transportation 
over any of the highways of this state, it shall be the duty of the 
person, firm, or corporation hauling said logs, immediately to re- 
move the same from the travelled portion of the roadway, and within 
@ period of not more than 48 hours (holidays excluded) to remove 
the same from the right of way at his or its own expense. The re- 
peated dumping or loss of logs upon the highway right of way, or 
the neglect or refusal of any log hauler to remove any log or logs 
so unloaded or lost in transit shall be considered as an indication 
of laxity in conforming to loading requirements and shall be cause 
for the immediate suspension or cancellation of the permit under 
which said log hauler is operating. 


If any log or logs be dropped or lost upon the highway it 
shall be the duty of the log hauler to report said fact to the High- 
way Commission within 48 hours thereafter. Said report shall state, 
among other things: 


The time the log or logs were lost. 

The exact location. 

The number of logs on the truck at the time of 
the accident. 
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"Bend-Millican Section of the Central Oregon Highway, in Des- 
chutes County. Furnish $,000 cu. yds. crushed gravel in stock 
piles. A. S. Wallace, Roseburg, submitted the low bid for this proj- 
ect at $10,040.00. Fisher Bros., Oregon City, submitted the second- 
low bid at #11,460.00. There were 6 higher bidders. The Commission 
awards the contract to the low bidder, A. S. Wallace, at his bid of 
$10,040.00. 


"Construct frame office building approximately 26! x 48", and a 
32' x 40' addition to existing maintenance building at Medford, Jack- 
son County. 5 bids were received for this project, the low one be- 
ing that submitted by Walter J. Stutte, Portland, at $10,767.00. 
The second—low one was submitted by E. CG. Whiteside & Son, Medford, 
at $11,996.73. The Commission awards the contract to Walter J. 
Stutte, the low bidder, at his bid of $10, 767.00. 


"Dairy Section of the Klamath Falls-Lakeview Highway, in Klam- 
ath County. 0.51 mile grading, surfacing, and oiling; also, fur- 
nish 4,000 cu. yds. crushed rock in stock ociles. Rogers Construc- 
tion Company, Dayton, Washington, submitted the low bid for this 
project at $19,733.00. The only other bid received was that of 
W. D. Miller Construction Company, Klamath Falls, at $23,772.00. 
The Commission awards the contract for this project to Rogers Con- 
struction Company at its bid price of %19,733.00. 


"Cushman-Swisshome Section of the Siuslaw Highway, in Lane 
County. Furnish 6,800 cu. yds. crushed rock or crushed gravel in 
stock piles. Three bids were received for this project, the low one 
being that of the Eugene Sand and Gravel Company, Eugene, at 
#14,280.00, and the second-low one being that of A. S. Wallace, 
Roseburg, at $14,960.00. The Commission awards the contract to the 
low bidder, Eugene Sand and Gravel Company, at its bid of $14,280.00. 


"Pleasant Hill-Oakridge Section of the Willamette Highway, in 
Lane County. 13.05 miles surfacing and 14.65 miles oiling; also, 
furnish 11,300 cu. yds. crushed gravel in stock piles. E. C. Hall 
Company, Eugene, submitted the low bid at %49,393.50. 0. C. Yocom, 
Willamina, submitted the second-low bid for this project at $51,292.50. 
There were 9 higher bidders. The Commission awards this contract to 
the low bidder, FE. C. Hall Company, at its bid price of $49,393.50." 


The Commission had under discussion the schedule bond furnished by 
The Ohio Casualty Insurance Company covering certain State Highway Department 
employees. The Engineer advised that the present bond protects only the State 
Highway Commission, whereas, in his estimation, he, as State Highway Engineer, 
should be included as additional party assured, inasmuch as he is responsible 
for the acte of the employees covered by the bond. He further stated that Mr. 
H. R. Drinker, President of the Metzger-Parker Company, Portland, the local 
representatives of The Ohio Casualty Insurance Company, advises that his com- 
pany is willing to include 4s additional varties assured any official of the 
State Highway Department whom the State Highway Commission wishes protected 


attached to the bed of the truck at the bottom and tied across above eae 
the load with cable or chain ties, There shall be a standard on g 
each side of the load within two feet of each end of the logs, and a + 
sufficient number of standards shall be provided so that they are =q 
spaced not more than eight feet apart on each side of the load. The = 
standards shall be rigidly connected to the bed of the truck or ae 
shall be placed in tight-fitting sockets at least twelve inches in a 
depth. The chain or cable tie above the load shall have a minimum 
breaking strength of not less than 15,000 pounds. The standards 
shall be of such size and dimension that when supported at each end, 
@ load of 15,000 pounds applied at the center of the standard shall 
not cause failure. 


Gx Precautions at Grade Crossings 


No permit for the movement of overlength logs or piling will 
be granted involving any crossings at grade of a railroad carrying 
passenger traffic unless said crossing is protected either by au- ait 
tomatic signals or gates or by flagmen. Such flagmen shall be per- it 
manently stationed at the crossing or crossings in question during AR 
all times when hauling operations are in progress. es 


After careful consideration the Commission approved the regulations by unani- 
mous vote subject to concurrence by the Superintendent of the Department of 
State Police and the Public Utilities Commissioner of Oregon. The Engineer 
was instructed to discuss the rules with said state officials and he was au- 
thorized to make such minor revisions in the same as may avpear necessary 45 


SSS. ae eee 


a result of such consultations. (The above rules and regulations were ap- oe. 
proved by the Superintendent of the Department of State Police and the Public a | 
Utilities Commissioner of Oregon as of January 30, 1940.) ts 
The Secretary was instructed to send a copy of the approved rules ee 
to each logging operator. as 


The Commission also discussed briefly the matter of modifying its 
present rules and regulations with respect to the granting of permits for the 
transportation over state highways of timbers, the length of which when load- 
ed exceeds the length limit specified in the statutes, but deferred action on 
this matter until a future meeting. 


The Commission considered and signed agreements, et cetera, as fol- 
lows: 


Supplemental agreement with Contractors Leonard & Slate, pro- 
viding for the furnishing of insurance written by a commercial 
agency rather than by the State Industrial Accident Commission, % 
protecting the persons employed by them in connection with their = 
contract with the state for the furnishing of ferry service across z 
the Willamette River at Wilsonville. 
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4» The length of the respective logs. 

5. The number of board feet contained in the load. 

6. The speed of the truck at the time of the accident. 

7, If on a curve, 4 full description of the curve and 
surrounding country. 

8. What vortion of the equipment broke, if any, prior to 
the loss of said logs. 

9. The type and ege of equipment, poth truck and trailer, 
and the number and size of chains or fastenings used. 

10. The date of the last checkup or inspection of the 
equipment involved. 


The neglect or refusal of any log hauler to render the above 
report within the time specified may be considered cause for the 
immediate suspension or cancellation of the permit under which 
said log hauler is operating. 


B, Method of Loading 


1. The bunks or bolsters of any truck havling logs shall be - 
straight or concave upward. Bunks which are convex upward will 
not be vermitted. 


2. The ends of the bunks or bolsters shall be provided with a 
chock block which can be securely locked in position; and when the 
truck is loaded and the chock block in position, it shall have a 
height of not less than eight inches above the edge of the bunk. No 
chock block shall extend more than three inches beyond the limits 
of the bunk. 


3. Loads shall be tied with nct less than two ties. All ties 
shall entirely surround the load and the rear tie shall be securely 
fastened to the bunk of the trailer. In case any log is of insuffi- 
cient length to rest securely upon both front and rear bunks, such 
log shall have an additional tie securely binding the unsupported end 
of such log to the remainder of the load. All ties shall be placed 
on right-hand side of load and shall be drawn tight. 


4. Any tie or fastening thereof shall have a minimum breaking 
strength of not less than 15,000 pounds. 


5. The method of loading shall be such that the outside logs in 
any upper tier or layer shall have their centers inside of the cen- 
ters of the outer logs of the next lower tier or layer so that the 
load is stable without ties or bindings. The ties or bindings are to 
be regarded as a precautionary measure to insure stability while 
rounding curves or on superelevated or sloping sections of highway. 


6. In the case of short logs hauled on trucks not pulling trail- 
ers, the following regulations may be substituted in lieu of Para- 
graphs ?, 4, and 5: The logs may be loaded between rigid standards 
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Salem, Oregon, January 25, 1940 


The State Highway Commission met in special session at 11:00 o'clock 
a. m. in the office of the State Highway Engineer, Room 325, State Office 
Building. Present were: 


E. B. Aldrich, Commissioner 

Huron W. Clough, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


Chairman Henry F. Cabell wes absent, being in attendance at Congressional 
Committee hearings on road matters in Washington, D. C. 


The Engineer reported on the cost of reconditioning the present 
route of the Pacific Highway West through the town of Tigard, as has been re- 
quested by businessmen of that town. He estimated that a first-class job 
would cost about $7,500, however, for an expenditure of about $3,300 an im- 
provement could be secured which he thought wz.ld be satisfactory and would 
afford adequate relief from the present unsatisi"actory condition for e long 
time. He recommended an expenditure of state funds in such amount for a proj- 
ect of that kind. The Commission approved the recommendation unanimously. 


A letter was presented from Mr. Fred B. Robinson, Klamath Falls, 
complaining of the practice of the National Park Service in collecting a toll 
of $1.00 from motorists who drive over the Crater Lake Highway earoute from 
Medford to Klamath Falls, but who do not visit Crater Lake. Mr. Robinson 
gave as his opinion that such practice is unfair and that no charge should be 
made unless the motorist drives up to the lake. The Commission concurred in 
the viewpoint of Mr. Robinson and, thereupon, instructed the Attorney to pre- 
pare a letter to the proper Government officials, for the Commission's signa- 
ture, objecting to the collection of such toll inasmuch es, in the minds of 
the Commission, it is an unfair charge and is an injustice to the motorists 
who do not visit the lake. 


In this connection the Attorney advised that a movement is on foot 
to relieve the bus companies that operate to Crater Lake from Klamath Falls 
and Medford from the payment of state transportation fees and gasoline tax, 
it being the thought of these people that the road to Crater Lake is a private 
road which would place it outside of the jurisdiction of the state and would 
obviate the necessity of the payment of the fees. The Attorney said that this 
case is similar to the case of the road leading to Timberline Lodge from the 
Mount Hood Highway, which road was declared by the Public Utilities Commis- 
sioner to be a public road. He recommended that this matter be called to the 
attention of the proper government officials and objections offered thereto. 
The Commission approved the recommendation. 


The Attorney requested authority to acquire certain parcels of real 
property that are needed for various state highway improvements throughout 
the state. He submitted a list of such properties together with the prices 
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Supplemental agreement with Andrew Stambuck providing for the 
furnishing of insurance written by a commercial agency rather than 
by the State Industrial Accident Commission, protecting persons em- 
ployed by him in connection with his contract with the state for 
the furnishing of ferry service across Goos River <t Enegren Ferry. 


Agreement with Emery Tresham covering the lease to Mr. Tresham 
of certain state-owned property situate adjacent to the Pacific 
Hi y West, in Yamhill County, being Right of Wa, Transaction No. 
3262. Consideration to be paid ty Mr. Tresham is $24..56 annually 
for the 6.14 acres involved. 


Agreement with Klamath Indian Agency providing for the lease 
of Indian tribal lands in Klamath County for stock vile site pur- 


poses. 


Agreement with the Oregon Electric Railroad Company covering 
construction of the Tigard railroad grade separation project at 
Tigard. 


Agreement with the United States of America providing for the 
advancement of not to exceed $2,500.00 of state funds to pay non- 
labor items in connection with the Wolf Creek Highway W.P.A. proj- 
ect during January 1940. 


There being no further business to come before the Commission at 


this time, the meeting wes adjourned at 4:00 o'clock p. m. 


Hac f Cael 


? pee PR, 


x 
State Highway Engineer Commissioner 


hy a 2 Ypsrtireclt Chef 
Secretary Commissioner 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


uu e m - Col ver 
Wilhelm, Rudolph . Borrow Pit 20.8 50 per a. Parker 
Highway Las Oregon City 
12,820 sq.ft. $11,000 Lump Sum Parker 
W. e - —! de 
teside, Chas. 738 sq.ft. 5¢ sq.ft. plus McCallister 
$38.10 
6883-Benton County " 0.30 Gratis * 
7064-Robinson, F. Le " 148 sq.ft. 5f sq.ft. plus $87.60 " 
ae - utte Section ~— Rome nceton 
State Land Board 62.74 {2.50 per a. Gardiner 
Butte Section - Ne OH 
6201-Coast Land Co., Ltd. Gravel Pit 2.81 $25 land, plus Schannep 
(Correction) $3.76 (taxes) 
ection - 0 on Trail 
7392-Fletcher Oil Company R/W 8,000 sc.ft. 25¢ sq.ft. plus Parker 


$3,000 
764,6-Hinsch, Albert, Estate " Damage due to change of grade $500 n 
764,7-Hillier, Ed " " a) 9 " n ©" $500 " 
7458-Tensen, Dick ij " e " e " ¢4000 " 
7459-Lafrenz, Bettie " " e 8 " n om" ¢2000 " 
74,60-Gray, Earl " 8,500 sq.ft. 5f sq.ft., plus $575 " 
7461-Williams, Nora n Damage due to change of grade $4000 " 


les Br er Section - Medical Springs Hi 
7405-Pol » Wm., Estate Stock Pile 0.99 450 Lump Sum Gardiner 
74,65-Pollman, ¥m., Estate Gravel Pit 2.04 5-year lease (7,000 cu. 
yd.) 3¢ cu. yd. " 


The Attorney reported that since the Commission awarded the con- 
tract for the moving of the Methodist Episcopal Church building and parsonage, 
in Tigard, the trustees of this church have changed their ideas with respect 
to the arrangement of the buildings on the new location and they now want the 
buildings re-established in e somerhat different manner than was specified in 
the contract and they also want additional toilet facilities. Such alterations 
in the plans and the added facilities, he said,are estimated to cost €456.00. 
He gave as his thought that the recuest is reasonable and just and recommended 
approval of the extra expense provided the cuurch will pay the cost of the ex- 
tra toilet facilities which, he estimated, would cost about $75.00. The Com- 
mission approved the recommendation unanimously. 


The Attorney also brought up for discussion the M. B. Reeder lease 


of the R. 0. Borland property at Grants Pass which property the Commission ac- 
quired for right of way for the improvement of the Pacific Highway at this 
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that_he recommended be paid for each. after careful study the Commission ap- 
proved the request and, by unanimous vote, adopted the following resolution 
in regerd thereto, with the understanding that options taken for the right of 
way needed for the Nyssa underpass on the Old Oregon Trail, in Malheur County, 
shall not be closed until the Commission approves the project for construc- 
tion: 


WHEREAS, in connection with the further improvement of 
the highways hereinafter designated, it is and has been necessary 
to acquire property for right of way, quarry sites, gravel or other 
material sites, or sites for the storage of materials, as herein~ 
after more definitely set forth, and 


WHEREAS, as a result of negotiations carried on with the 
owners of the property required, options have been obtained, which 
options have been considered by the Commission, outlining the bases 
of settlement which have beer. agreed upon, and 


WHEREAS, it is the judgment of the Commission that the 
said options should be approve’ and accepted, and/or the said re- 
ports be declared acceptable . the State Highway Commission as 
bases of settlement for the properties involved, and that the ac- 
quisition of the properties should be completed: 


NOW, THEREFORE, BE IT RESOLVED that the several offers, 
or bases of settlement hereinafter enumerated be, and the same here- 
by are, approved and accepted, and that the Attorney for the State 
Highway Commission be, and he hereby is instructed to complete the 
acquisition of the said properties and to take title thereto in 
the name of the State of Oregon. The said properties hereby or- 
dered and authorized to be acquired are as follows: 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Houlton-Warren Section - Colunbis River Highway 
7LLhFullerton, W. C. 1 0.173 $200 per a. plus McChesney 


$27.60 
14,36-Chambers, Verlin V. " 1062 sq.ft. $0,025 sq.ft. plus " 
$3.45 
1,42-Cornmell-Brady Milton H. " 3948 " " $€$0,01118 sq.ft. plus n 
$31.00 
1446-Israelson, Anna L. " 0.15 $200 per s., plus $73" 
Sec - Ore Coast 
7322-Senosky, L. B. Park 1 lot $10.50 Lump Sup DeSouza 
7375—Willman, F. J. n l lot $41.62 Lump Sum (State 
to pay taxes est'd., 
approx. $10.00) " 
6743-Hammond Lumber Co. « 60.5 Land $250, including tide 
(Correction) lands, plus taxes amount- 
ing to $547.81 Parker 
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funds available to finance it. The Secretary was instructed to so inform the 
petitioners. 


The Commission discussed a resolution from Powell Butte Grange No. 
629, Crook County, in which the Commission was urged to allocate funds for 
the construction of the Marks Creek Section of the Ochoco Highway east of 
Prineville, and for the construction of the Crook County Section of the Warm 
Springs Highway between Prineville and Madras. The Secretary was instructed 
to inform the grange that the Commission contemplates the construction of a 
portion of the Prineville-Madres Section this year along permanent alignment 
but because of scarcity of funds is not in a position to finance ali of the 
construction that the grange requests. However, the projects will be kept in 
mind for future consideration. 


The Commission also discussed a resolution from Vale Grange No. 696, 
Malheur County, transmitted by County Judge David F. Graham, requesting the 
improvement of the Vale est Secondary Highway (Greham Boulevard) during the 
1940 season by widening, straightening and reconditioning the rock surface, 
The Engineer advised that this improvement is 10.7 miles in length and esti- 
mated that it would cost about $87,600 to regrade and resurface it, and con- 
struct an oil mat thereon. He questioned the justification for an expendi- 
ture of such sum in view of the fact that the road carries very little traf- 
fic, the maximum count being 127 vehicles daily. The Commission decided to 
give this project further consideration notwithstanding that the prospects 
of its approval are rather remote. — 


The Engineer reported a request from Mr. Ralph Laird, Creswell, Ore- 
gon, for the oiling of the Springfield-Creswell Secondary State Highway, in 
Lane County, ami advised that Mr. Laird wishes to appear before the State 
Highway Commission at its next meeting for a discussion of this subject. The 
Secretary was instructed to notify Mr. Laird that the Commission will be glad 
to give him an audience at such meeting and to set a time for his appearance. 
The Engineer was instructed to have available at such meeting a report on how 
much it would cost to oil this road as requested. 


The Commission adjourned at 12:00 o'clock noon and reconvened at 
1:00 o'clock p. m. in the same room with the same persons present and partici- 
pating. 


The Secretary requested instructions relative to the renewal of the 
fidelity bond furnished by the Assistant State Highway Engineer, Mr. C. B. Mc- 
Cullough. He explained that the present bond, which is in the amount of 
$10,000, was written by the Commercial Casualty Insurance Company, the premium 
being at the rate of $5.00 per thousand, or a total of $50.00, and that the 
anniversary date of the bond is February 1, 1940. He pointed out the possibil- 
ity of including Mr. McCullough under the coverage of the schedule bond fur- 
nished by The Ohio Cacualty Insurance Company at the rate of $2.30 per thous- 
and, or a total of $23.00. The Commission decided unanimously to include Mr. 
McCullough under the bond written by The Ohio Casualty Insurance Company and 
so ordered, 
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place. He said that Mr. Reeder is a tenant on the property, in fact has 4 
lease which runs for a period of five years, although the lease was never 
recorded in the county records so was not discovered when the title search 
was made, and he how refuses to vacate the premises unless he is compensated 
therefor. He further stated that Mr. Reeder hae agreed to the cancellation 
of the lease provided the state will give him the building that he is occupy- 
ing and will also pay him the sum of £250 cash. Furthermore, Mr. Reeder will 
assume the responsibility of removing the building from the right of way. 
It was the Attorney's thought that such settlement is very satisfactory in 
view of the fact that the building is of little value and must be moved soon 
so as not to interfere with the progress of the highway construction. He 
recommended approval of the same. The Commission approved the recommendation 
unanimously. : 

The Assistant Attorney brought up the matter of the rental of the 
Duane Gibson building which was purchased in connection with the acquisition 
of right of way for the Salem South Project on the Pacific Highway. He said 
that under authority granted by the Commission at the last meeting this build- 
ing has been listed with a local real estate agency for rental, but it appears 
that the building cannot be rented to a desirable tenant unless the sewer fa~ 
cilities are repaired. He estimated that the repairs would cost about $20.00 
and recommended the expenditure. In the discussion of this matter the Commis- 
sion considered the advisability of the sale of the property but deferred its 
decision in regard thereto until the highway reconstruction project is com 
pleted when a sale value for the property will be established. The Commission 
authorized, in the meantime, the expenditure of the amount necessary to fix up 
the sewer. 


The Engineer rendered a status report on the Wolf Creek Highway W.P.A. 
project. (See letter by E. H. Clymer, Cost Analyst, dated January 16, 1940). 
The Commission discussed the report briefly and ordered it filed. 


The Secretary presented a resolution from the Yamhill County Court 
recuesting the resurfecing of the Yamhill-Newberg Secondary State Highway, in 
Yamhill County, during the 1940 season. The matter was referred to the Engi- 
neer for report on how much it would cost to do this work. 


There was also presented to the Commission a petition from residents 
of Beaverton and vicinity requesting the widening of the Tualatin Valley High- 
way between Sylvan and Beaverton for four lanes of traffic. The petition was 
referred to the Engineer for investigation and report as to how much it will 
cost to do this work. 


Consideration was given by the Commission to a petition signed by 
numerous residents and taxpayers of Lorane, Oregon, requesting the recondition- 
ing and oiling of the Territorial Secondary Highway from Gillespie Corners 
southerly to the Lane-Douglas County line. The Engineer advised that this is 
a desirable project but there is a question whether or not the Commission will 
be able to finance it in view of the limited amount of funds that are avail- 
able for such work. The Commission decided, after discussion, to place this 
project on the 1940 construction program in the event there appears to be 


~ 


WHEREAS, the Arrow Transportation Company is engaged in 
the transportation of gasoline over the public highways of the 
State of Oregon; and 


WHEREAS, said Company has devised some detachable equip- 
ment known as sanders, which equipment during seasons of the year 
when the surface of the highways in places is frosty amd ice cov- 
ered is used to sand the surface of the highways and thereby re- 
move a hazard connected with the movement of the company's trans- 
portation equipment; ami 


WHEREAS, it appears that the sanding of the highway for 
the benefit of the Company's own operations likewise affords bene- 
fit and safety to other motor vehicles using the same highway at 
or about the same time; and 


WHEREAS, when said sanding equipment is attached to a 
motor vehicle used for the transportation of gasoline the combined 
—— of vehicle and load is increased to the extent of 700 pounds; 


WHEREAS, if said Company is required to reduce the weight 
of pay load by 700 pounds in order to be permitted to use said safe- 
ty device, such reduction in pay load will so reduce the revenue as 
to make the operation unprofitable; and 


WHEREAS, the use of said sanding equipment can be confined 
to movements taking place between December 15th and March 15th of 
each year; and 


WHEREAS, it is the judgment and opinion of this Commission 
that the use by the said Company of said sanding equipment will con- 
tribute not alone to the safety of the traveling public with respect 
to the movement of the Company's motor transportation vehicles, but 
likewise with respect to the movement of other motor vehicles on 
the highway, and, therefore, it is the judgment of the Commission 
after due investigation that the interests of general public will be 
served and safety upon the said highway promoted by the use of said 
sanding equipment on the motor vehicles of said Company; 


THEREFORE, permission hereby is granted to the Arrow Trans- 
portation Company to move, over and along any state highway in Ore- 
gon, its motor equipment for the transportation of gasoline produce 
while such equipment has installed thereon the said sanding equip- 
ment, the installation and use of which equipment it is understood 
will increase the combined weight of load and vehicle by not to ex- 
ceed 700 pounds in excess of the statutory limit of 54,000 pounds. 


This permit is temporary and shall be in effect from date 
hereof until March 15, 1940, but it is expressly understood that this 
permit may be terminated by the Highway Commission whenever in the 
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The Secretary presented a resolution from the Deschutes County Court 
wherein the county accepts the following-described section of The Delles- 
California Highway which has been abandoned by the state since reconstruction 
of this section on other alignment, and agrees to maintain such section here- 
after as a county road: 


Beginning on "A" Street. in the city of Redmond where said 
street intersects the easterly line of Sixth Street, thence east 
on "A" Street for one-fourth mils; thence north for three miles; 
thence in a northwesterly direction for 0.4 mile to a point on 
the easterly right of way line of the present The Dalles—California 
Highway, opposite Engineer's Center Line Station 175+90, which 
point is further located as being 1035 feet east and 1390 feet 
north of the south one-quarter corner of Section 28, Township 14 
South, Range 13 East, W. M., Deschutes County, Oregon. 


The Secretary also presented a resolution from the Jackson County 
Court in which Jackson County accepts as a part of the Jackson County Road 
System a section of the Tiller-Trail Secondary Highway which was abandoned by 
the Commission on March 9, 1938, as a part of the State Highway System inas- 
much as the section has been reconstructed on new alignment. The Commission 
approved the resolutions and ordered them filed in the department records. 


The Secretary requested instructions relative to the disposal of 
numerous checks in small amounts that have been deposited by various contract- 
ors for plans and specifications. He explained that some of the checks are 
of long standing, one being dated January 24, 1918, and that repeated at- 
tempts to locate the depositors have been unsuccessful. After discussion, 
the Commission ordered that the checks be again mailed to the persons who de- 
posited them and, if such persons cannot be located, that the checks be sent 
to the bank on which they are written for payment and the proceeds therefrom, 
if any, deposited in the state highway fund. 


The Engineer reported a request from the Arrow Transportation Com- 
pary for permission to transport 4 700 pound overload, consisting of special 
equipment for sanding pavements, on its gasoline tank trucks operating on 
state highways during periods when the surface of the highways is frosty and 
covered with ice. He explained that the company has devised certain equip- 
ment for sanding pavements, to be atteched to the front end of its trucks for 
use during such periods, which equipment weighs 700 pounds, and the company 
wants authority to use this equipment on its trucks without reducing its pay 
load, alleging thet if they have to reduce the pay load it will render their 
operations unprofitable. He further explained that the use of this sanding 
equipment will minimize a serious hazard in the operation of the company's 
trucks and will also afford much benefit and safety to other vehicles using 
the same highway at or near the same time. He gave as his thought that the 
benefits that would accrue to the motoring public from the safety standpoint 
would justify the granting of the request for the overload and accordingly ~ 
recommended favorable consideration of the request, as did also the Attorney. 
The Commission concurred in the viewpoint of the Engineer and the Attorney 
and thereupon approved the request. The following resolution in regard there- 
to was adopted by the Commission by unanimous vote: 


The Attorney advised that Mr. Bodmer's statement as to the owner- 
ship of the right of way is correct according to investigation of the county 
records. The Engineer suggested, on account of the desirability of having an 
80 foot width right of way throughout this entire section and in view of Mr. 
Bodmer's offer to deed a 60 foot strip without cost, that it would be advis- 
able to negotiate with him for such 80 foot right of way on the basis of the 
state paying one-half of the cost of the fence construction. The Commission 
approved the suggestion by unanimous vote and so ordered. The matter was re- 
ferred t«: the Attorney to handle. 


The Engineer brought up for discussion the matter of improving the 
Nehalem-Manzanita county road in the vicinity of the Manzanita School, as has 
been requested by the Tillamook County Court and the School District. He ad- 
vised that the present road is narrow and crooked and contains a small bridge 
that is in a bad state of repair; also, that in his estimation there is no 
question but that the road is in need of improvement in the interests of traf- 
fic safety, particularly in view of the fact that it is now being used as a 
detour for state highway traffic pending construction of the permanent road 
between Neshkahnie Mountain and Fisher's Point, near Nehalem. He estimated 
the cost of a new temporary bridge or a permanent culvert at $2,700 and the 
cost to widen the present roadway in the vicinity of the Manzanita School, so 
as to make it safe for school children, at $9,500. He presented an offer 
from the Tillamook County Court to furnish county equipment for the work, con- 
sisting of four dump trucks and one power shovel, provided the state will 
take charge of the work, will furnish the men, gasoline, oil, grease, et cet- 
era, to operate the equipment. He questioned the advisability of using state 
funds to purchase supplies for county-owned equipment and suggested the follow- 
ing alternative proposition: that the county furnish the equipment and pay 
for all repairs to the same, and pay the cost of public liebility and property 
damage insurance, gasoline, oil, and other equipment charges, including the 
wages of truck drivers and shovel runner; the state to furnish all culvert 
pipe, replace the existing bridge, pay labor charges in connection with clear- 
ing operations, the dismantling of the existing bridge, and the construction 
of the roadway, surface and oil the road when the grade is completed, and 
reimburse the county for advancing the wages of the men who operate the county 
equipment. The Commission by unanimous vote approved the plan suggested by 
the Engineer and instructed him to ascertain the attitude of the county court 
relative thereto. 


The Commission approved and signed a joint letter with W. H. Lynch, 
District Engineer, Public Roads Administration, and James Frankland, Acting 
Regional Forester, representing the United States Forest Service, directed to 
the Chief of the Forest Service and to the Commissioner of Public Roads, Wash- 
ington, D. C., recomsending for the fiscal year 1941 forest highway progrem 
the projects that were selected from such program at the conference held in 
the Benson Hotel on January 12, 1940. (See minutes of meeting of January 12, 
1940, for list of projects.) 


The Attorney brought up for discussion matters pertaining to the 
failure of Saxton, Looney & Risley to sign certain contracts that were awarded 
to them by the Commission at its meeting on December 7 and 8, 1939, particu- 
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opinion of the Commission public interests require such termination. 


Nothing in this permit shall relieve the permittee from 
its obligation to conform to and comply with all of the laws of the 
road and the movement of traffic thereover, except as herein spe- 
cially permitted. 


The Commission considered and ordered filed a letter from Mr. Ernest 
Rosen, Portland, complaining of the condition of the Oregon Coast Highway and 
the Pacific Highway. 


The Commission also considered and ordered filed a letter from Mrs. 
Homer Gullion, Eugene, protesting the proposed rerouting of the Pacific High- 
way through Eugene. 


The Secretary presented a letter from the Dayton Chamber of Commerce 
renewing its invitation to the Commission and staff to attend a banquet at 
Dayton to celebrate the completion of the Dundee Section of the Pacific High- 
way West, when such project is completed. The Secretary was instructed to 
thank the Chamber of Commerce for its kind invitation which the Commission 
will be pleased to accept, if possible. 


The Commission discussed a letter from the Western Lane County Cham— 
ber of Commerce in which permission was requested to erect on the state high- 
way right of way in the town of Florence a monument honoring the late George 
Melvin Miller who was an early pioneer of this section and who was greatly 
interested in the promotion of a transcontinental highway between New York and 
Florence. The Secretary was instructed to inform the Chamber of Commerce of 
the recently~adopted plan of the Commission with respect to the erection of 
historic markers along the state highways of this state, which plan includes 
the appointment of special committees to designate the sites end the wording 
for the markers, and to further explain that the Commission is reluctant to 
authorize the erection of a marker in Florence, or at any other location, un- 
til the committee has passed on the matter, and that the Commission will be 
pleased to refer their request to the proper committee when the members there- 
of have been selected. 


The Attorney brought up for discussion a right of way matter in Wal- 

lowa County. It appears that Mr. Twain Bodmer owns certain property adjacent 
to the Enterprise-Lewiston Highway about four miles south of the Washington 
state line and that he desires to construct a fence slong the highway in front 
of his holdings and wants to place this fence 30 feet from the center line of 
the traveled roadway, which would limit the right of way to a width of 60 feet, 
whereas, the right of way on the adjoining sections is standard 80' width. 
It also appears that, according to Mr. Bodmer, right of way for this highway 
across his holdings has never been acquired, either by the county or by the 
state, but he is willing to deed a strip 60! wide to the state without cost 
if he is permitted to construct his fences in the location stated. 
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for such commodity. The Commission approved the suggestion unanimously inso- 
far as it pertains to the claim of the Contractor's Equipment Corporation but 
deferred until its meeting on February 15 its decision with respect to the 
establishment of such procedure as its general policy. 


A letter was presented from the Ernest Thomas Cast Stone Company, 
Portland, requesting the privilege of collecting black obsidian from the state 
park at Bend for use in connection with building construction, particularly 
for the facing of cast stone. The Commission denied the request in view of 
its established policy that will not permit the giving away of state property 
for private undertakings. 


The Commission had under discussion the matter of the payment of 
the final estimate to Andersen Construction Company for grading the Miller 
Plat-Agency Section of the Warm Springs Highway, in Jefferson County. The 
Attorney advised that the Federal Court in Portland has ordered payment of 
this final estimate to the United States Fidelity & Guaranty Company, surety 
on the bond furnished by the Andersen Construction Company in connection with 
this project, and he exhibited a copy of the judgment entered in such Court 
in support thereof. In view of the circumstances, the Commission authorized 
the payment of such final estimate and thereupon signed the voucher in regard 
thereto. 


The Commission also discussed a letter from W. D. Morgan, Ashland, 
Oregon, inquiring whether or not the state would sell to him the service sta- 
tion building located on the property that the state acquired from W. B. Nor- 
ris for right of way for the revision of the Pacific Highway at the Siskiyou 
Summit. The Engineer recommended the retention of this building by the state 
in view of the possibility that it could be used later on as a residence by 
one of the maintenance employees working in that vicinity, after the highway 
construction work now under way is completed. The Commission approved the 
Engineer's recommendation. 


The Attorney reported on the claim of Section Foreman S. C. Millard, 
Dufur, against the State Industrial Accident Commission, and requested in- 
structions relative thereto. He advised that Mr. Millard severely injured his 
thumb while engaged in the performance of his regular duties, necessitating 
his absence from work for several days, and, in accordance with prescribed 
procedure, filed his report with the Accident Commission with the thought in 
mind that he would receive compensation umer the provisions of the Workmen's 
Compensation Act, but the Accident Commission disclaims ary liability in the 
case and refuses to recompense him for lost time. He gave as his thought that 
Mr. Millard is entitled to compensation inasmuch as he was engaged in his reg- 
ular duties at the time of the accident and for the further reason that he 
subscribes to the Industrial Accident Fund. He was instructed by the Commis- 
sion to intercede with the Accident Commission in %*. Millard's behalf. 


The Engineer presented a list of surveys that he has ordered since 
the last meeting of the Commission and asked the Commission to confirm them 
and the amounts allocated for each. After due consideration the Commission 
authorized and instructed the Engineer to make such location surveys on various 
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larly Contract No. 2251 for the surfacing and oiling of the Jordan Creek- 
McNemars Camp Section of the Wilson River Highway, in Tillamook County, and 
Contract No. 2256 for the surfacing and oiling of the Warm Springs Agency- 
Vanora Section of the Warm Springs Secondary Highway, in Jefferson County. 

He said that the contractor and the bonding company, which furnished the 

bid bonds in connection with these jobs, are endeavoring to work out a satis- 
factory solution of this difficulty within the time limit heretofore desig- 
nated by the Commission, and it now appears that their efforts will be success- 
ful as far as they pertain to the Wilson River Highway job but it may be nec- 
essary for them to let the Warm Springs Highway job go by default. The para- 
mount question now involved, he said, is whether or not the Commission will 
approve the assignment of the contract. 


This matter was discussed at considerable length and the following 
decision reached: The Commission will not approve of the assignment of either 
contract in its entirety to any other contractor but the Commission will ap- 
prove of the signing of either contract and bond, as a joint . venture, by 
such other contractor along with Saxton, Looney & Risley and will also approve 
of the forwarding of warrants in payment of progress estimates to such other 
contractor direct. In the event that settlement of this difficulty cannot be 
reached with respect to either contract on such basis, then the Commission 
will declare the contract forfeited, in which event the project will be read- 
vertised for bids and the Commission will demand payment of the amount of the 
bidder's bond. 


The Commission discussed a letter from i. B. Empey, Clerk of Union 
High School District No. 13, Junction City, Oregon, in which the Commission 
was advised that Mr. Glen Ditto, an employee of the State Highway Department, 
is a member of their Board of Directors and that he has tendered his resigna- 
tion as a member of such Board due to the policy of the State Highway Depart- 
ment. Further, that the School Board would appreciate action on the part of 
the State Highway Commission which would permit “r. Ditto to continue serving 
on this Board for the balance of the school year, or until July 1, 1940. The 
Engineer advised that the present policy of the Commission, which was adopted 
in February of 1934, provides that employees shall not hold honorary offices 
in political subdivisions of the state. The Commission decided not to deviate 
from this policy and, accordingly, denied the request. 


The Engineer brought up for discussion the question of whether or 
net the state should pay direct certain claims arising out of construction of 
the Wolf Creek Highway W.P.A. project. ile explained that, in connection with 
this work, the W.P.A. rented a Jumbo road ripper from the Contractor's Equip- 
ment Corporation, Portland, and inadvertently failed to renew the contract in 
October when the original agreement terminated; also, that the W.P.A. has not 
paid the rental on this equipment for the months of October, November and De- 
cember, and is not in a position to make the payments now; however, will rein- 
burse the state for the full amount thereof ($345) if the stete will advance 
the payment. He suggested approval of the settlement of this account on such 
basis and that such procedure be followed in the settlement of similar accounts 
in the future, except in the case of powder purchases which should be paid 
through the W.P.A. in order to benefit by the W.P.A's special price quotation 


a 


9349 


The Commission had under consideration the following requests for 
extensions of time within which to complete highway construction projects: 


M. L. O'Neil & Son, Contract No. 2157, for grading the Tudor 
Ranch-Blue Mountain Pass Section of the I.0.N. Secondary Highway, 
in Malheur County, requested an extension of time of 40 days, from 
November 30, 1939, to January 10, 1940, within which to complete 
this project. They alleged that their failure to complete the proj- 
ect within the specified time limit was due to the fact that they 
encountered considerably more solid rock in their excavation work 
than was originally contemplated. The Engineer edvised thet the 
reason given by the contractor for overrun of time limit is cor- 
rect, the fact of the matter being that the quantity of solid rock 
excavated exceeded the estimated quantity by 5.5 per cent which 
in his estimation would entitle the contractor to 17 days' exten- 
sion of time without penalty. He further advised that the overrun 
of time limit has not inconvenienced the traveling public and has 
not caused the state any extra expense for engineering supervision. 
He recommended that the extension of time requested be granted but 
that the contractor be charged for any engineering expense that the 
state may incur in connection with the job after December 17, 1939, 
which would allow for 17 days' extension without penalty. A letter 
was presented from the Public Roads Administration concurring there- 
in. The Commission approved the recommendation unanimously. 


Denton & Young, Contract No. 2233, for construction of a 
bridge over Lang Canyon on the Columbia River Highway, in Gilliam 
County, requested an extension of time of 90 days, from December 31, 
1939, to March 31, 1940, within which to complete this job. They 
attributed their failure to complete the project within the speci- 
fied time limit to the delay in the award of this contract, which 
extended their work into the winter season. The Engineer advised 
that bids for this project were taken by the Commission on Septen- 
ber 1, 1939, but due to delay in securing an easement from the Un~- 
ion Pacific Railway Company the contract was not awarded until Octo- 
ber 28, 1939, a delay of 58 days. He further stated that because of 
this delay the contractor was unable to complete the project before 
the winter period set in and as e result operations were handicapped 
by bad weather conditions. He recommended in view of the circum- 
stances that the extension of time requested be granted without pen- 
alty. A letter was presented from the Public Roads Administration 
concurring therein. The Commission approved the recommendation unani- 


mously. 


The Engineer reported that Contracts Nos. 2154, 2157 and 2213 for 
the construction of state highway projects have been completed according to 
the terms and provisions of the contracts, and said jobs are now ready for ac- 
ceptance. The following resolution accepting the above projects was offered 
and was adopted by the unanimous vote of the Commissioners present: 


WHEREAS, the Engineer has reported that the following State 
Highway Commission contracts for the construction of state highway 


vaye5 1940 


9348 


sections of the highways of this state, which said sections of highways, to- 
gether with their identifying survey numbers and the amounts authorized and 
allocated for such survey expenditures, are as follows: 


Plans - - - 42832 ~ Necanicum Junction Section, Wolf Creek Highway, 
Clatsop County. lst authorization - $100.00 


Gravel Pits -— 107-2810 - Jefferson County Line-Prineville Section, Warm Springs 
Highway, Crook Co. lst authorization - $750.00 


Plans - - — 111-2809 - Lone Rock Junction-Rock Creek Section, Wasco-Heppner 
Highway, Gilliam Co. 2mi authorization - §450.00 
Total to date $1,650.00 


Plans - - = 112-2819 - Kimberly-—Dry Creek Section, Momument Highway, Grant 
County. 3rd authorization - $325.00 
Total to date $2,600.00 


Plens - - - 13-2807 - Cinder Butte-Wagontire Section, Lakeview-Burns High- 
way, Harney County. 2m authorization - $1,000.00 
Total to date $2,500.00 


Location - - 18-2841 - Barkley Springs-Texminal City Section, The Dalles- 
California Highesy, Klamath County. 
lst authorization - $3,600.00 


Gravel Pits - 13-2842 - Lost River Section, Klamath Falls-Malin Highway, 
Klamath County. lst authorization - $200.00 


Right of Way - 19-2819 - Forest Boundary-Cottonwood Creek Section, Klamath 
Falls-Lakeview Hwy. 3rd authorization - $200.00 
Total to date $1,100.00 


Drainage - - 19-2821 — Paisley Section, Fremont Highway, Lake County. 
lst authorization - $150,00 


Right of Way ~— 19-2822 - Drews Valley Section, Klamath Falls-Lakeview Highway, 
Lake County. lst authorization $200.00 


Reconn. - ~ -23-2816 - Baker County Line-Ontario Section, 0ld Oregon Trail, 
Malheur County. 4th authorization - $200.00 
Total to date $2,800.00 


Plans - - - 24-2828 - 12th Street Junction Section, Pacific Highway East, 
Marion County. lst authorization - $700.00 

Location - - 229-2901 - Mohler-Glensood Section, County Road (new) Tillamook 
County. 2nd authorisation - $1,300.00 
Total to date $2,600.00 

Plans - - - 36-2825 - Sheridan Section, Salmon River Highway, Yamhill County. 


lst authorization - $400.00 


Ee ee 


9351 


t with Wasco County Court, being an assignment of 
$3,250 of county funds from the county's share of the next ap- yy 
portionment of the motor vehicle funds, license fees, and gaso- a 
line tax, to pay for crushed rock to be furnished by the state's ND 
contractor in connection with the improvement of the Seufert-— 
Dufur Section of The Dalles-California Highway, in Wasco County. 


Ses AD ape. | 


Agreement with the United States of America providing for 4 
the advancement of not to exceed $3,500 of state funds to pay : y 
non labor items in connection with the Wolf Creek W.P.A. Proj- 3 
ect during February 1940. Z 


Quitclaim deed conveying unto Shevlin-Hixon Company 2.12 
acres of lami situate adjacent to the Century Drive Secondary py - 
Highway in Section25, T. 18 S., R. 10 E., W.M., Deschutes County. ee 
Right of way transaction No. 7411. : 


There being no further business to come before the Commission at sy 
this time the meeting was adjourned at 3:00 o'clock p. m. 45 
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State Highway Engineer Commissioner “ 
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Portland, Oregon, February 15, 1940 


The State Highway Commission met in regular session at 9:00 o'clock a 
a&. m. in the auditorium of the Public Service Building. Present were: a 


E. B. Aldrich, Commissioner of 
Huron W. Clough, Commissioner Pa 
R. H. Baldock, State Highway Incineer ee 
J. ¥. DeSouza, Assistant Attorney =* 
H. B. Glaisyer, Secretary 


Chairman Henry F. Cabell was attending congressional hearings in Washington, oC . 
D. C. 


Bids as follows. for highway construction projects and for the sale 2 
of buildings were opened and read in conformance with previously published be 
notice, following which Commissioner Aldrich announced that the award of con- 
tracts would be made at 3:00 o'clock ». m. in the same room: 
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projects have been completed according to the terms and provisions 
of the contracts or modifications thereof and said jobs are now 


ready for acceptance: 


Contract No. 2154, with Mountain States Construc- 
tion Company, for construction of a bridge over Nehalem 
River on the Wolf Creek Highway, in Clatsop County. 
Completed January 20, 1940. 


Contract No. 2157, with M. L. O'Neil & Son, for grad- 
ing the Tudor Ranch-Blue Mountain Pass Section of the I.0.N. 
Highway, in Malheur County. Completed January 10, 1940. 


Contract No. 2213, with Minneapolis-Moline Power Im- 
plement Company, for furnishing structural steel for the 
Glenwood Undercrossing on the Wilson River Highway, in 
Washington County. Completed October 31, 1939. 


THEREFORE, BE IT RESOLVED, that the work covered by said 
state highway contracts for the construction of said state highway 
projects be declared completed according to the terms of the re- 
spective contracts, and said jobs are hereby accepted and final 
payment in connection with each is hereby authorized. 


The Commission considered and signed agreements, et cetera, as fol- 
lows: 


Agreement with P. L. Crooks and Company, Inc., disposing of 
their claim for extra compensation arising out of contract No. 1857 
for the construction of the Franklin Avenue Undercrossing, in Bend. 


Agreement with Sherman County providing for county mainten- 
ance of the Moro-Hay Canyon County Road after construction of the 
same by the state as a federal aid secondary highway project. 


Agreement with Berkley A. Davis and wife providing for the 
elimination of a cattle pass at mile post 08.80 on the Weston~ 
Elgin Secondary State Highway No. 330. in Umatilla County. Con- 
sideration $50.00. 


Agreement with Mrs. Ella Cook being a revocable permit granting 
to the state permission to install and maintain one wooden pole on 
Mrs. Cook's property adjacent to the Tualatin Highway near Sylvan, 
Multnomah County, as a support for a traffic signal suspension 
cable at this place. 


Agreement with Leo F. Smit providing for the purchase of a 
timber tract belonging to him adjacent to the Oregon Coast High- 
way at Arch Cape Tunnel, Clatsop County. Right of way transac- 
tion No. 7747. 
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(Jorn Day-Prairie City Section continued) 


J. C. Compton & Rogers Construction Company $ 76,822.50 
Joslin & McAllister 7,928.50 
F. R. Hewett 77,749.00 
R. 0. Dail & Warren Bros., Inc. 82,688.20 
Morrison-Knudsen Company 82,772.50 
McNutt Bros. 82,897.00 
Homer G. Johnson 83, 780.50 
A. Milne 85,992.00 
Newport Construction Company 86,182.40 
Hoops Construction Company 87,350.50 
WARM SPRINGS SECONDARY HIGHWAY 
WARM SPRINGS AGENCY-VANORA SECTION 
SURFACING, OILING, FURNISHING CRUSHED ROCK 
R. O. Dail & Warren Bros., Inc. $ 36,196.00 
Babler Bros. 36,358.00 
J. C. Compton & Rogers Construction Company 36,426.00 
E. C. Gerber 37,283.00 
Fisher Bros. 37,660.10 
A. Milne 37,718.00 
McNutt Bros. ‘ 40,458.50 
Cc. J. Eldon 40,579.00 
Homer G. Johnson 40,891.50 
0. C. Yocom 42,434.00 


FREMONT HIGHWAY 
SILVER LAKE-CHALK CLIFF SECTION - GRADING, SURFACING, OILING 


Warren Northwest, Inc. $ 25,614.10 
Babler Bros. 26,563.00 
J. C. Compton 26,853.00 
Norris Bros. 28,825.80 
Clifford A. Dunn 28,834.50 
R. 0. Dail & Warren Bros., Inc. 29,314.00 


E. C. Gerber 30,218.00 
McNutt Bros. 31,934.50 
A. Milne 34,526.00 


HILLSBORO-SILVERTON SECONDARY HIGHWAY 
FIR CREEX-LAUREL ROAD SECTION ~ 
GRADING, SURFACING, OILING; ALSO TRESTLE BRIDGE 


t 
M. L. O'Neil & Son — $ 33,654.50 
Contracting & Sales Company --- 35,454.00 
McNutt Bros 37, 751.50 37,546. 
Homer G. Johnson 37,613.25 -<- 
QO. Cc. focom 40,020.00 —— 


C. J. Elden 44,882.00 44, 809.10 


MEDICAL SPRINGS SECONDARY and BAKER-UNITY HIGHWAYS 
MTLES BRIDGE-BAKER and BAKER—-SALISBURY SECTIONS 
SURFACING, OILING, FURNISHING CRUSHED MATERIAL 


R. 0. Dail & Warrea Bros., Inc. $ 33,592.65 
Newport Construction Company 35,628.15 
J. Cc. Compton 35,660. 75 
Norris Bros. 36, 789.75 
Morrison-Knudsen Company 36,989.50 
Babler Bros. 37,578.00 
Warren Northwest, Inc. 37,793.00 
Hoops Construction Company 45,339.75 


CORVALLIS-EAST SIDE HIGHWAY 
REPAIR BRIDGE OVER WILLAMETTE RIVER AT CORVALLIS, AND RE- 
CONSTRUCT TRESTLE APPROACH; ALSO CONSTRUCT 0.06 MILE HIGHWAY ROADBED 


Averill & Corbin $ 20,073.00 
Harry I. Hamilton 20,883.00 
Barham Bros. 20, 898.00 
Birkemeier & Saremal 21,496.50 
Scheuman & Johnson 24, 777.00 
Vernon Bros. Company 24,946.00 
OCHOCO HIGHWAY 
C.0.1.D. CANAL BRIDGE NEAR REDMOND 
Birkemeier & Saremal $ 2,204.00 
Hart Building Company 2,362.50 
Contracting & Sales Company 2,394.00 
Leonard & Slate 2,616.00 
Edlefsen-Weygandt Company 2,792.00 
W. H. Philpott 2,804.00 
Averill & Corbin 2,838.00 
Denton & Young 2,900.00 
Vernon Bros. Company 2,926.00 
Gilbert L. Potts 2,949.00 


OREGON COAST HIGHWAY 
MUSSEL CREEK-MYERS CREEK SECTION - FURNISH CRUSHED GRAVEL 


A. S. Wallace $ 22,140.00 
River Bend Sand & Gravel Company 25,620.00 
Homer G. Johnson 31,840.00 


JOHN DAY HIGHWAY 
JOHN DAY-PRAIRIE CITY SECTION 
GRADING, SURFACING, OILING; FURNISH CRUSHED GRAVEL 


Triangle Construction Company $ 70,516.50 
Babler Bros. 71,434.00 
(Continued on next page) 
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funds. After further discussion the Commission authorized the Ingineer to 
make a survey of the proposed extension from the end of the present secondary 
highway to Five Rivers. 


Mr. Malone then brought up for discussion matters pertaining to the 
North River Road out of Albany, for which the Commission has budgeted $20,000 
of federal aid secondary highway funds, for construction in 1940. He said 
that the right of way for this road is supposed to be 60 feet wide, although 
the county records do not disclose it and the County Court is having consider- 
able difficulty in settling with some of the property owners for the land re- 
quired for a 60-foot right of way; in fact, they are demanding $6,000.00, 
which the county cannot pay. If the state will not construct the road on 
right of way less than 60 feet wide, he said, then it very likely will be nec- 
essary to transfer the funds to some other project. , 


The matter was discussed at considerable length, during which the 
suggestion was offered that the County Court secure deeds from the property 
owners with the understanding that the owners could use the property for 10 
years or so, which arrangement would meet the requirements of the federal au- 
thorities. Mr. Malone stated that he would negotiate further with the prop- 
erty owners on such basis. If the County Court's efforts are not successful, 
then the Commission will give consideration to the transfer of the funds to 
finance the improvement of the Alsea-Deadwood Secondary State Highway. 


Mr, Malone then asked the Commission to redesignate as a secondary 
state highway the 5-mile section of the Alsea-Deadwood Road that was deleted 
from the secondary state highway system when the Tampico-Louisville Road was 
placed on that system. The Commission agreed to keep the project in mind 


when adding new roads to the state's secondary highway system. 


The County Court of Grant County, represented by County Judge J. H. 
Allen and County Commissioner Boyd L. Erikson, was present in the interests 
of the Three Flags Highway (Pendleton-Joim Day and Jolm Day-Burns Highways) 
through Grant County. Also present with the court were Ernest Curtis, Road 
Superintendent of Grant County; E. H. Brent; and County Judge Nelson B. Higgs, 
of Harney County. They inquired as to the plans of the Commission for the 
further improvement. of this road and were given detailed information in regard 
thereto by the Engineer, who recited projects that are now programmed for con- 
struction in Grant County, which projects are estimated to cost in excess of 
$300,000.00. Judge Allen particularly referred to the condition of the 
Pendleton-John Day Highway in the vicinity of a place known as Fox. He said 
that the road was graded last year but there is no surfacing on it and it is 
now practically impassable. The Mngineer was instructed to make an inspection 
of the section in company with H. D. Farmer, Senior Highway Engineer of the 
Public Roads Administration, to ascertain what is necessary to fix it up, the 
idea being that the work would be done with state forces in the event that it 
is not too costly, otherwise by contract. 


A delegation from the Celilo Indian Reservation, consisting of Chief 
Tommy Thompson; Henry Thompson, his son; McKinley Westley; and John Whiz, in- 
terpreter, were present and discussed with the Commission matters pertaining to 


SALE OF BUILDING AND RESIDENCE TRACT AT CORVALLIS 
(Former Omer Lorine E. Olson) 


Paul Nordyke $425.50 
SALE OF RESIDENCE BUILDING IN SCAPPOOSE 
(Former Owner Henry Newman) 
Scappoose Irrigation & Produce Company _ $ 51.00 


The Assistant Attorney reported a hazardous condition existing along 
the Bunker Hill Section of the Oregon Coast Highway south of Marshfield. It 
appears that a serious slide condition has developed as a result of highway 
construction at this location and that three homes are in danger of destruc- 
tion; in fact, it is imperative that the properties be acquired and the resi- 
dences removed from the premises immediately, otherwise the state would be 
liable for serious damage. The Assistant Attorney advised that he has secured 
ovtions from three owners, as follows: 


Ida D'Ambrozia, for six lots at $7,000.00 
Wonrad Underland, for two lots at $850.00 
Garland Lillie, for two lots at $1,800.00 


The Commission discussed this matter at considerable length and, in view of 
the existing emergency, approved the purchase of these properties at the stat- 
ed amounts and authorized the moving of the household goods of the occupants 
of the premises at state expense. 


A delegation from Benton and Lincoln Counties, consisting of the 
following, came before the Commission in the interest of the Alsea-Deadwood 
Secondary State Highway: County Commissioner W. H. Malone, of Benton County; 
County Commissioner E. G. Calkins, of Lincoln County; Victor P. Moses and Guy 
Thomas, of Corvallis; and Messrs. John W. Orr, George Hendricks, Norman Sapp 
and J. C. Barclay, of Alsea. Mr.. Malone headed the group. 


They asked the Commission to construct a 14-mile section of this 
highway north of Bummer Creek, which section, they stated, has already been 
cleared but has not yet been graded to state standards, and they would like 
to have that done and the entire highway rocked and oiled. They also asked 
the Commission to conduct a survey with the idea in mind of extending this 
highway e distance of about 15 miles to a connection with the Alsea Highway 
at Five Rivers, in Lincoln County. The Engineer advised that no money has 
been budgeted by the Commission for this road. He suggested that it might be 
advisable for the Commission to authorize an investigation of the same so that 
the informetion will be available for future use. Commissioner Aldrich ad- 
vised that the Commission is not in a position today to make any definite con- 
mitment in regard to this vroject but will be pleased to consider it in the 
formulation of future programs; and whether or not the Commission can improve 
the 14-mile section in the near future depends entirely upon the question of 


at the morning session for the purchase of the building on the right of way 
of the Corvallis-Eastside Secondary Highway, at Corvallis, He said that the 
only bid received for this building was that of Paul Nordyke, in the amount 
of $425.50, as compared to the Highway Department's appraisal amounting to 
$750.00. He also said that he could not recommend sale of the property for 
the amount of the bid vrice but suggested a minimum of $550.00 as a compro- 
mise. After discussion, the Commission ordered that Mr. Nordyke be given an 
opportunity to purchase the property for not less than $550.00, and if he does 
not want it at such figure, that the building be wrecked ty the state contractor 
for the road work and the land retained for future disposition. 


Reconsideration was given by the Commission to the request of B.Mal- 
ing Company, Inc., Hillsboro, for a blanket permit to move peavining equipment 
13 ft. 8 in, high overall, over certain state highways. The Engineer recommend- 
ed denial of the request for a blanket permit but that the company be granted 
a separate permit for each movement, that for the first movement to be in writ- 
ing and containing detailed conditions, terms, and regulations; subsequent per- 
mits to be issued by wire subject to the provisions of the written permit. 

The Commission approved the recommendation unanimously. 


The Engineer reported the attitude of the Gilliam County Court with 
respect to the improvement of the Wasco-Henpner Secondary State Highway, par- 
ticularly the improvement of this highway for a distance of ebout 5 miles 
east and west from Condon, as has been requested by the residents of that lo- 
cality. He said that the County Court has expressed a preference for the im- 
provement of the Rock Creek-Morrow County Line Section of this highway as 
originally provosed, rather than the sections adjacent to Condon, so as to ex- 
pedite the grading of the entire section between Condon end Heopner, defer- 
ring until the grading work is done the surfacing and oiling of the sections 
adjacent to Condon. In view of this report, the Commission decided unanimous- 
ly not to reallocate funds heretofore budgeted for the improvement of this 
road. 


The Engineer also reported the cost to immrove the Klamath Lake 
Secondary State Highway No. 421 within the corporate limits of Klamath ¥alls, 
particularly between the section already vaved by the city and the end of the 
state's oiled section. He estimated that such nroject, usine a 22-foot oiled 
section, would cost. about #12,000. He advised that this is a meritorious 
project but did not believe that there would be sufficient funds available to 
finance it this year. The Commission decided that it was too costly a vroj- 
ect to undertake now, and so ordered. 


The Commission had under discussion telerrams from Pendleton, Free- 
water, Weston Chamber of Commerce, Blue Mountain Ski Club of Tollgate, Oregon, 
the Oregon Trail Ski Club, Pendleton, and others, urging snow removal opera- 
tions on the Weston-Elgin Secondary State Highway for the benefit of winter 
sports enthusiasts who desire to attend the Inter-Mountain Ski Tournament 
which is scheduled to be held at Tollgate on February 25. The Commission con- 
sidered that the roac carries insufficient traffic to justify the expense in- 
volved and, in fairness to other commmities whose reavests for similar work 
have been denied, could not authorize the work. The Engineer was instructed 
to so reply to the communications. 
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widening of the Columbia River Highway past the Celilo Indian Village east of 
The Dalles, and also in regard to the cleaning up of the Indian village. The 
State Highway Engineer advised that the present right of way is only 60 feet 
wide at this point, and it would be necessary, in order to provide a uniform- 
width highway, to acquire a 20-foot strip through the Indian village, it being 
impossible to widen the highway on the opposite side because of the proximity 
of the 0.W.R.& N. Company's property, upon which the highway already encroach- 
es. The widening of this section, he said, has been deferred for some time 
because of the right of way difficulty, but it now appears necessary to con- 
«struct the improvement. He pointed out that the Indian buildings have been 
built very close te :.e present highway right of way and will have to be moved 
to accommodate the highway improvement, and gave as his thought that now 
would be a good time to secure a general cleanup of the village, which, under 
present conditions, is very unsightly, so as to make it a tourist attraction 
rather than an eyesore. He exhibited tentative plans for the reconstruction 
of the village, showing houses attractively arranged, and interspersed with 
wigwams. He asked Chief Thompson whether or not the Indians would object to 
giving up a portion of their property for right of way, Chief Thompson re- 
plied, through the interpreter, that the Indians do not wish to move away from 
this location and that the giving up of so much property for the highway im- 
provement would deprive them of considerable area that they need for their 
village, considering that they have only 7.4 acres now for all of the Indian 
families; also, that he did not want to give the Commission an answer until 
he has had an opportunity to discuss it privately vith the other Indians of 
his tribe. The Engineer gave as his thought that the final decision in this 
matter would be up to the Indian agent in charge of this reservation, Mr. 

M. A. Johnson, Superintendent of the Yakima Indian Agency, Toppenish, Washing- 
ton. He requested authority from the Commission to communicate with Mr. John- 
son in regard thereto. The Commission granted the request. He was instructed 
to send a copy of his letter to Chief Thompson for his information in discuss- 
ing the situation with the members of his tribe. 


Chief Thompson also inquired what could be done to provide greater 
safety for his people in crossing the highway and the railroad tracks between 
the village and the Celilo store. The Engineer suggested that a pedestrian 
underpass constructed of 84-inch diameter metal pipe would serve the purpose. 
This appeared to be satisfactory to Chief Thompson and accordingly the Engineer 
was instructed by the Commission to mention such a project in his letter to 
Superintendent Johnson. The conference was concluded with the understanding 
that Chief Thompson would discuss this matter with the members of his tribe at 
once and that another conference for further discussion of the entire matter 
would be called as soon as the Engineer receives a reply from Superintendent 
Johnson. ‘The Commission also authorized the Engineer to send a letter to Sena- 
tor McNary asking him to intercede with the Commissioner of Indian Affairs in 
Washington, D. C., for the cleaning up of the Celilo Reservation. 


The Commission adjourned at 12:00 o'clock noon and reconvened at 
1:20 o'clock vo. m. in the same room with the same persons present and partici- 


pating. 
The Assistant Attorney brought up for discussion the bid received 


"Miles Bridge-Baker and Baker-Salisbury Sections of the Medical 
Springs Secondary Highway and Baker-Unity Highway, in Baker County. 
4.8 miles surfacing and 22.91 miles oiling; also furnish 2,200 cu. 
yde. crushed material in stock pile. R. 0. Dail & Warren Bros,, Inc, 
Portland, submitted the low bid on this project at $33,592.65. New- 
port Construction Company, Portland, submitted the next-low bid in 
the amount of $35,628.15. There were 6 higher bidders. The Commis- 
sion awards this contract to R. 0. Dail & Warren Bros., Inc., at 
their low bid of $33,592.65. 


"Repair existing steel bridge over the Willamette River at Cor- 
vallis, in Benton and Linn Counties, and reconstruct trestle ap- 
proach thereto; also construct 0.06 mile highway roadbed. The low 
bid received for this project was that of Averill & Corbin, Portland, 
at $20,073.00. The next-low bid was that of Harry I, Hamilton, Eu- 
gene, at #20,883.00. There were 4 higher bidders. The Commission 
awards this contract to the low bidders, Averill & Carbin, at their 
bid of $20,072.00. 


"C.0.I.D. Canal Bridge 9 miles east of Redmond on the Ochoco 
Highway, in Crook County. The low bid received for this project was 
that of Birkemeier & Saremal, Portland, at $2,204.00. The next-low 
bid was that of Hart Building Company, Redmond, in the amount of 
$2,262.50. There were 8 higher bidders. This contract is awarded 
to Birkemeier & Saremal at their low bid of $2,204.00. 


“Mussel Creek-Myers Creek Section of the Oregon Coast Highway, 
in Curry County. Furnish 13,800 cu. yds. crushed rravel in stock 
piles. The low bid received for this project was that of A. S. Wal- 


lace, Roseburg, in the amount of #22,140.00. The next-low bid was 
that of the River Bend Sand & Gravel Company, Salem, at #25,620.00. 
There was one higher bidder. The Commission awards this contract to 
A. S. Wallace, the low bidder, at his bid of $22,140.00. 


"John Day-Prairie City Section of the John Day Highway, in Grant 
County. 0.84 mile erading, 9.0 miles surfacing, and 13.10 miles 
oiling; also furnish crushed gravel in stock »iles. The Triangle 
Construction Company of Boise, Idaho, submitted the low bid for this 
project, in the amount of $70,516.50. Babler Bros., Portland, sub- 
mitted the next-low bid in the amount of #71,434.00. There were 10 
higher bidders. This contract is awarded to the low bidder, Triangle 
Construction Comnany, at its bid of $70,516.50. 


"Warm Springs Agency-Vanora Section of the Warm Springs Second- 
ary Highway, in Jefferson County. 5.1 miles surfacinr anc oiling; 
also furnish crushed rock in stock piles. The low bid submitted for 
this work was that of R. 0. Dail & Warren Bros., Inc., Portland, in 
the amount of $36,196.00. The next low bid was that of Babler Bros., 
Portland, in the amount of $26,258.00. There were & hirher bidders. 
This contract is awarded to R. 0. Dail & Warren Bros., Inc., the low 
bidders, at their bid of $36,196.00. 
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A delegation from Corvallis, representing the Corvallis Planning 
Commission, came before the Commission in regard to the rerouting of the Pa- 
cific Highway West and the Albany-Corvallis Highway through Corvallis. The 
delegation was headed by Mr. Bob Glenn and included the following: W. M. 
Ball; C. L. Willey, City Engineer; Mayor H. W. Hand; and Bd Edmonds. 
proposed a revision of the Pacific Highway West, starting at a point about 
one-quarter mile north‘of the city limits and extending southeasterly to a 
point near the intersection of First Street with Polk Street, thence souther- 
ly along First Street to Washington Street, thence southwesterly to a connec- 
tion with the present highway at Third and "A" Streets. They pointed out 
that such routing would intersect the Albany-Corvallis Highway about one 
block north of Polk Street and the proposed route would serve both highways 
through the city so far as through traffic is concerned, and it would have 
the advantage of taking through traffic away from the congested district. 
They also pointed out that the proposed route, which extends along the Willam- 
ette River waterfront, would eliminate cross-traffic and would be an advan- 
tage from that standpoint. They asked an early decision in the matter be- 
cause of a request now pending before the City Planning Commission for a 
change in the zone classification of some of the property involved, it now 
being classified as residential property, whereas the request is for classifi- 
cation as industrial property. Mr. Glenn filed a brief in support of oral ar- 
guments presented. After considerable discussion the Commission instructed 
the Engineer to make a study of the proposed change within the next few weeks 
and report his findings, including an estimate of the cost to construct the 
change. 


Mr. O. E. Powell, Hubbard, came before the Commission in repard to 
the entrance driveway into his service station adjacent to the Pacific High- 
way north of Hubbard. The Ingineer explained that highway denartment main- 
tenance forces constructed a standard driveway into Mr. Powell's service sta- 
tion in accordance with plans heretofore adopted by the Commission, which pro- 
vided two openings, one for entrance to the station and the other for exit, 
and in connection therewith built a traffic island on the state highway right 
of way, separating the two; further, that Mr. Powell caused the removal of 
this island and another island that was subsequently constructed to replace 
the first one, notwithstanding that he had been advised of the State Highway 
Commission's requirements. Mr. Powell alleged that the traffic island is a 
traffic hazard and is bound to be the cause of accidents. Furthermore, that 
it interferes greatly with the vroper conduct of his business and that he 
will have to discontinue his business if the Commission insists upon maintain- 
ing the island. He demanded free access from the highway at any voint in 
front of his property. The Engineer reiterated that the driveway was con- 
structed in conformance with vlans adopted by the Commission and pointed out 
that if Mr. Powell's demands are granted the Commission would have to change 
its policy. The matter was discussed at considerable length but action there- 
on was deferred vending the return of Chairman Cabell and an inspection of 
the premises by him. 


At 3:00 o'clock p. m. the State Highway Engineer announced the fol- 
lowing awards of contracts and sale of buildings, bids for which were taken 
at the morning session, such awards having been previously approved by the 
Commission by unanimous vote: 


Mr. Laird signified his approval of the improvement of this section 
between Jasper Bridge and the McKenzie Highway, a distance of about 5 miles, 
in the event. the Commission cannot finance the improvement of the entire road 
He also asked for the construction of guard rail and installation of traffic 
lights at the point where a county road enters the highway at the bridge in 
Jasper. This matter was referred by the Commission to the Engineer with au- 
thority to take such action as may be necessary. 


Mr. G. M. Fox, representing the Markel Highway Transport Service, 
Portland, came before the Commission in regard to the Commission's regquire- 
ments with respect to the furnishing of public liability and vroperty damage 
insurance in connection with the transportation over state highways of loads 
that exceed the statutory limit as to length. He pointed out that the Commis- 
sion now requires public liability insurance in the amount of #50,000/100,000 
and property damage insurance in the amount of $10,000. He advised that 
there are only two or three companies that write such insurance, and, when 
they do write it, they make a charge of about $60 for the excess coverage, 
which, in his estimation, is valueless so far as protection to the public is 
concerned. He gave as his thought that the gemeral public would be as well 
protected by insurance in the amounts required by statute; viz., $5,000/10,000 
public liability and $1,000 property damage, and urged the Commission to modi- 
fy its requirements in that regard. The Commission deferred its decision 
in this matter pending the return of Chairman Henry F. Cabell. 


Mr. J. A. Irmler, City Councilman, Cornelius, was present and con- 


ferred with the Commission in regard to the installation of flashing beacons 
at the intersection of the Tualatin Valley Highway with two streets in Corne- 
lius. The Engineer explained that this matter has been given very careful 
study, not only by the Traffic Ingineer, but by himself personally, anc, in 
his estimation, the conditions obtaining at these intersections do not meet 
the requirements of the State Highway Commission for flashing beacons. He sug- 
gested, in lieu thereof, the painting of "No Parking" strips on the highway 
for a distance of 30 feet on each side of the intersections, which, he thought, 
would improve the sight distance for traffic entering the highway and would 
assist greatly in reducing the number of accidents. The Commission approved 


the Engineer's suggestion. 


Mr. Walter Yeacham, Secretary of the Committee appointed by the Com- 
mission to recommend sites for historical markers along the Old Oregon Trail, 
conferred with the Commission. He presented a report, in writing, containing 
suggestions for the carrying out of this assignment. The matter was discussed 
at some length but action thereon was deferred pending the return of Chairman 
Cabell. 


Messrs. R. B. Pemberton, Master Mechanic, and Herbert C. Hardy, At- 
torney, representing the Bonneville Authority, came before the Commission and 
requested permission to operate over Oregon state highways certain equipment 
that exceeds the statutory limits as to width and length. They explained that 
in connection with the activities of the Bonneville Authority it will be nec- 
essary, occasionally, to make deliveries of extremely heavy transformers, and 
they plan to ship these transformers by rail to the nearest railroad point and 
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"Silver Lake-Chalk Cliff Section of the Fremont Highway, in Lake 
County. 0.42? mile grading and surfacing and 40.26 miles oiling. War- 
ren Northwest, Inc., Portland, submitted the low bid for this project 
at $25,614.10. Babler Bros., Portland, submitted the second-low bid 
in the amount of $26,563.00. There were 7 higher bidders. The Com- 
mission awards this contract to the low bidder, Warren Northwest, Inc., 
at its bid of $25,614.10. 


"Fir Creek-Laurel Road Section of the Hillsboro-Silverton Second- 
ary Highway, in Washington County. 2.25 miles grading, surfacing,and 
oiling; also construct 63 lin. ft. pile trestle bridge. The low bid 
received on this project -wes that of M. L. O'Neil & Son, Eugene, in 
the amount of $33,654.50, based on the use of tar. The next-low bid 
submitted was that of Contracting & Sales Company, Portland, in the 
amount of $35,454.00, also based on the use of tar. Neither of these 
bidders submitted a bid based on the use of asphalt. There were 4 
higher bidders. The Commission awards this contract to the low bid- 
ders, M. L. O'Neil @ Son, at their bid of $33,654.50, using tar." 


f ldings: 


"Sale of 4-room house and garage, formerly owned by Lorine E. 
Olson, at the east end of the Willanette River Bridge, at Corvallis, 
in Benton County The low and only bid received for this building 
is that of Paul Nordyke, of Corvallis, at $425.50, for building and 
tract. This bid is referred to the Incineer to sell the building 
for not less than #550.00; otherwise the bid is rejected. 


"Sale of 8-room house, formerly owned by Henry Newman, on the 
west side of the Columbia River Highway in Scappoose, Oregon. The 
only bid received for the purchase of this building is that of the 
Scappoose Irrigation and Produce Company, at %51.00. The Commission 
sells this building at this price to the Sceppoose Irriretion and Pro- 
duce Commany." 


Messrs. Ralph P. Laird and John Parrott, Creswell, Oregon, came before 
the Commission relative to the improvement of the Springfield-Creswell Secondary 
State Highway, particularly the section between the town of Jasper and the Mc- 
Kenzie Highrey. They filed with the Commission a vetition signed by numerous 
users of this road, in which the Commission was urged to sravel and oil the road 
during the summer of 1940. The Rngineer estimated that it would cost about 
$25,000 to stabilize and oil this road throughout its entire length, and that 
to improve the section between Jasper and the McSenzie Highway, which in his es- 
timation is the most imoortant section, would cost about $10,000. fle gave as 
his thought that the project is economically sound and there is no question of 
its merit. After considerable discussion, the Commission indicated that it 
would approve this vroject for construction this year in the event that a suf- 
ficient amount of ‘unds accumulates by reason of savings in the maintenance op- 
erations to finance the work. The Secretary was instructed to nlace this proj- 
ect on the priority list for consideration by the Commission leter in the year. 
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salaried employees of the State Highway Department. They explained their prop- na 
osition in detail and after some discussion the Commission referred the matter 
to the Attorney for investigation and report at the next meeting. ie? 


Mr. Don Peoples, Secretary of the Bend Chamber of Commerce, came be- 
fore the Commission and discussed briefly matters pertaining to the completion 
of the Warm Springs Highway between Warm Svrings Agency and the Wapinitia High- 
way junction. He was informed as to the Commission's plans for the financing 
of this. work. 


The Commission adjourned at 6:00 ofclock p. m., to reconvene on the 
following morning in the same room. 


Portland, Oregon, February 16, 1940 


The State Highway Commission reconvened at 9:00 o'clock a. m, in the 
auditorium of the Public Service Building. Present were: 


E. B. Aldrich, Commissioner 
Huron W. Clough, Commissioner 

R. H. Baldock, State Highway Engineer 
J. Me Devers, Attorney 

H. B. Glaisyer, Secretary 


Chairman Henry F, Cabell arrived at 2:00 o'clock p. m. 


Bids as follows for highway construction projects were opened and 
read in conformance with previously published notice, following which Commis- 
sioner Aldrich announced that the award of contracts would be made at 3:00 
o'clock p. m. in the same room: 


BUTLER COUNTY ROAD 
BEND-BUTLER RANCH SECTION - GRADING, SURFACING AND OILING 


J. C. Papin $31, 709.90 
Leonard & Slate 33,644.50 
Fisher Bros. 33,927.60 
Clifford A. Dunn 40,857.40 
Babler Bros. 41,879.00 
Homer G. Johnson 44,155.00 
McNutt Bros. 46,044.50 


JOHN DAY HIGHWAY 
SERVICE CREEK-BRANSON CREEK SECTION - OILING 


J. C. Compton #11,804.25 
Babler Bros. 12,944.30 
Norris Bros. 14,123.50 
Fawin C. Gerber 15,682.00 
Werren Northwest, Inc. 15,841.00 a 
Diesel O11 Sales Company 16,137.00 a 
McNutt Bros. 17,967.00 3g 
Newport Construction Company 20,105.00 
Hoops Construction Company 21,976.25 
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to truck them from such location to the point of use, which trucking operation 
will require the use of specially-built trailer equipment. They asked the 
Commission for a special permit to move the special equipment, without load, 
over state highways as occasion requires. It was explained to Messrs. Pember- 
ton and Hardy that it is contrary to the established policy of the Commission 
to grant blanket privileges of this kind, but, under such policy, the Commis- 
sion would be pleased to consider the granting of individual permits for each 
movement, ~rovided the Bonneville Authority would meet the Commission's re- 
quirements with respect to the furnishing of insurance, et cetera. Mr. Pem- 
berton advised that each movement of this special equipment would be in the 
nature of an emergency and that they would be severely criticized if they had 
to wait for a written vermit each time one was needed. The Engineer thereupon 
recommended the granting of a written vermit for the first movement, embody- 
ing all the rules and regulations, and the granting of subsequent permits by 
telegram, based on the conditions of the written permit and conditioned upon 
the Highway Commission being furnished proper insurance. The Commission adopt- 
ed the suggestion by unanimous vote but deferred until the return of Chairman 
Cabell its decision with respect to the insurance. (The matter was recon- 
sidered on the afternoon of the following day, when Chairman Cabell was pres- 
ent, and it was decided unanimously to require the Bonneville Authority to 
furnish public liability insurance in the amount of $5,000/10,000 and proper- 
ty damage insurance in an amount not less than $1,000.) 


Messrs. Paul Crooks and A. H. Saxton appeared before the Commission 
relative to the contract that was awarded by the Commission to Saxton, Looney 
& Risley on December 8, 1939, for the construction of the Warm Springs Agency- 
Vanora Section of the Warm Springs Secondary Highway, in Jefferson County, 
which contract Saxton, Looney & Risley failed to execute. Mr. Crooks was 
spokesman. He advised thet he has been appointed Trustee for the creditors 
of Saxton, Looney & Risley and is particularly interested in securing relief 
from the payment of the 5 per cent penalty imposed on Saxton, Looney @ Risley 
for failure to enter into this contract. He presented a letter from the Port- 
land Chapter of the Associated General Contractors of America in support 
thereof and advised that the concession requested is simply for the benefit 
of the creditors, Cormissioners Aldrich and Clough expressed themselves as 
being opposed to granting the relief requested because it would establish a 
very bad precedent which would place the Commission in an embarrassing posi- 
tion in the disposition of similar cases in the future. However, they deferred 
a definite decision in the matter pending consultation with Chairman Henry F. 
Cabell. It was understood thet the Commission would grant Mr. Crooks and the 
contractor another hearing in two or three weeks. In this connection the As- 
sistant Attorney suggested that the contractor be notified that the Commission 
intends to collect the amount of the bond. The Commission concurred and there- 
upon instructed him to prepare such letter. (The Commission on the following 
day set Tuesday, February 27, as the date for a special meeting to be held in 
Chairman Cabell's office, Portland, and instructed the Secretary to invite Mr. 
Crooks and Mr. Saxton to be present at such meeting.) 


Messrs. O. A. Feland and H. K. Coffey, representing the Mutual Bene- 
fit Health and Accident Association of Omaha, Nebraska, came before the Commis- 
sion relative to the furnishing of group health and accident insurance covering 


(Tigard Grade Separation and Fanno Creek Bridge continued: ) 


Clifford A. Dunn 

Barham Bros. 

Geo. H. Buckler Company 
Kuckenberg Construction Company 

A. W. Stevens Construction Company 
Edlefsen-Weygandt Company 


Company 
Angeles Gravel & Supply Company 
Ross B. Hammond Company 


Messrs. James Frankland, Regional Engineer, and Otto Lindh, repre- 
senting the United States Forest Service, came before the Commission in regard 
to the securing of a blanket permit to operate heavy tractor equipment over 
state highways in connection with the suppression of forest fires. They ex- 
plained that at times iuring the fire season they are obliged to rent private- 
ly-omed equipment, such es trucks and tractors, to augment the government 
equipment, and frequently such hired equipment is not licensed to eperate on 
the public roads of this state; further, that such equipment is rented only 
in cases of emergency, which would not allow time to secure a written vermit. 
In fact, it would be disastrous to have to wait for a written permit and in 
view thereof they would like blanket authority to operate such equipment over 
state highways when necessary. After discussion, the Commission decided not 
to grant a blanket permit, inasmuch as that is contrary to its established 
policy; however, the Commission authorized the granting of a permit for one 


particular movement, which permit shall contain in detail the conditions and 
requirements under which the movement is authorized; subsequent movements to 
be granted by telegram subject to the conditions and requirements set forth 
in the original permit. Mr. Frankland advised that such arrangenent would be 
satisfactory with the United States Forest Service. 


Mr. George K. Aiken, Mayor, headed a delegation from Ontario, Ore- 
gon, which appeared before the Commission relative to the proposed revision 
of the Old Oregon Trail betzeen Ontario and Huntington, to shorten the dis- 
tance between these voints, and concerning the vlans of the State of Idaho to 
reroute Old Oregon Trail traffic on the east side of the Snake River through 
Weiser, Idaho, thus bypassing the town of Ontario. Other members of the dele- 
gation were Elmo E. Smith, Publisher of the Eastern Oregon Observer; Robert E. 
Lees, lawyer and city councilman; and George Merriott, owner of the Moore Ho- 
tel, Onterio. 


The State Highway Engineer advised that the rerouting pronosed by 
Idaho would increase the distance between Boise and Portland considerably over 
the present route through Ontario. Furthermore, it would involve the State of 
Oregon in considerable expense for the construction of a bridge over the Snake 
River. He suggested that it would be much better to retain the present routing 
of this highway through Ontario, and pointed out that this route, with certain 


LITTLE BUTTE SECONDARY HIGHWAY 
LICK CREEK—SALT CREEK SECTION 
SURFACING, OILING, FURNISHING CRUSHED ROCK IN STOCK PILES 


Norris Bros. $21,032.00 
Clifford A. Dunn 23,063.50 
Homer G. Johnson 28,374.50 


FREMONT HIGHWAY 
NORTH UNIT, ANA SPRING-HUNTER HILL SECTION 
ROADSIDE IMPROVESENT 


Guy H. Booker & Arthur T. Fox # 5,381.50 
River Bend Sand & Gravel Company 7,469.50 
Blair T. Alderman 8,279.50 
™. E. Myers & Son 8,521.00 


MEDICAL SPRINGS SECONDARY HIGHWAY 
UNION-CATHERINE CREEK SECTION 
OILING; ALSO FURNISH CRUSHED GRAVEL IN STOCK PILES 


J. C. Compton #16 ,09'7.00 
R. 0. Dail & Warren Bros., Inc. 16,390.30 
Morrison-Kmudsen Company, Inc. 18,282.00 


HURRICANE CREEK COUNTY ROAD 
CASTOR RANCH-JOSEPH SECTION 
GRADING, SURFACING AND OILING; ALSO COMPOSITE TYPE BRIDGES 


Norris Bros. $25,549.00 
Colonial Construction Company 26, 882.00 
Homer G. Johnson 27,204.90 


THE DALLES-CALIFORNIA HIGHWAY 
SEUFERT-DUFUR SECTION - CRUSHED ROCK IN STOCK PILES 


Mid-Columbia Sand & Gravel Comnany $12,737.00 
Homer G. Johnson 12,908.00 
Schmeer & Williams Bros. 13,138.00 
Fisher Bros. 13,886.00 
Chester T. Lackey 14,250.00 
A. S. Wallace 15,160.00 


PACIFIC HIGHWAY WEST 
TIGARD GRADF SEPARATION AND FANNO CREEK BRIDGE 
REINFORCED CONCRETE VIADUCT ? 


Jacobsen-Jensen Company $86,292.50 
Birkemeier & Saremal $7,382.50 
Scheuman & Johnson 88,150.00 


(Continued on next page) 
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Clatsop County, cane before the Commission in regard to the Elsie-Jewell Coun- 

ty road. They renewed their request for the designation of this road as a 

state secondary highway and in support thereof presented a resolution adopted 

by the county court to that effect. Judge Boyington advised that the right of 

way of the present highway between Jewell and Tideport Camp is 60 feet wide 

but from that point on to Elsie it is only 40 feet wide, and there are numer- 

ous building encroachments consisting of small shacks. It was his thought a 
that the State Highway Commission is in much better nosition to secure the re- cd 
moval of the buildings but offered the services of the county to assist in se- Tr 
curing extra right of way as may be required, particularly that needed for 4 
line changes. This matter was discussed at some length but a decision in the % 
matter was deferred by the Commission pending personal inspection of the road 3 
by members of the Commission. 


Judge Boyington then brought up for discussion matters pertaining to a 
a stock vile site thgt the county deeded to the state without cost, said site 
being situate in the S.E.4+ of the S.W.+ of Section 15 and in the N.E.# of the 

N.W.# of Section 22, Tommship 7N., Range 10 W., W. M., Clatsop County. He : 
advised that the description of the property deeded to the state is in error im 
in that it overlaps on adjacent property that the county deeded to a nrivate 
individual. He asked the Commission to reconvey to the county by quitclaim 
deed the area included in the overlap so as to clear up the title. The Com- 
mission approved the request by unanimous vote and instructed the Attorney to 
prepare the necessary papers. 


The Assistant Attorney reported the status of the right of way bud- 
get as follows: total budget for 1940, $600,000.00; total obligations set up 
to date, $244,684.72. i 


The matter of acquisition vf right of way across vroverty owned by 
J. R. Brewster on the west side of the Oregon Coast Highway just south of the 


Depoe Bay Bridge was brought up for discussion by the Assistant Attorney. is 
He stated that Mr. Brewster owns Lot 1 of Block 1, Breakers Addition to Denoe i 
Bay, and that he is demanding #1,000 for one-half of this lot, which is needed a 


for the highway improvement. He valued the entire property at #1,750.00 to 
$2,000.00, but gave as his thought that Mr. Brewster would accept a commrouise 
offer of $750.00, and requested authority to offer Mr. Brewster such amount 
for the one-half lot. The Commission approved the recommendation. 


The Attorney requested authority to acquire certain varcels of real 
property that are needed for various highway improvements throughout the state. 
He submitted a list of such properties together with prices that he recommend- 
ed be paic for each. After careful study the Commission approved. the request 
and by unanimous vote adopted the following resolution in regard thereto: 


WHEREAS, in connection with the further improvement of the 
highways hereinafter designated, it is@md has been necessary to ac- 
quire property for right of way, quarry sites, gravel or other ma- 
terial sites, or sites for the storage of materials, as hereinafter 
more definitely set forth; and 


- 
a 
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revisions, would not only be much shorter than the Weiser route but would al- 
so provide direct connections with the Central Oregon Highway and the John 

Day Highway, thus giving the traveling public the benefit of alternate routes. 
It was his thought that the State of Oregon should oppose the Idaho plan and he 
recommended that a letter be filed with the Public Roads Administration to 
that effect inasmuch as this is a federal aid highway and federal funds would 
be used to assist in financing the work. After considerable discussion the 
Commission approved the Engineer's recommendation and thereupon instructed 

him to prepare such letter. ; 


Mr. James Morrell, Portland, appeared before the Commission in be- 
half of the Consolidated Freightways, Inc., relative to the securing of a 
blanket permit authorizing the movement over state highways of motor vehicles 
having a maximum height, unladen or with a load, in excess of 11 feet but 
less than 124 feet. He varticularly requested such a permit for the opera- 
tion of equipment having a maximum height of 11 feet 6 inches over the Pacif- 
ic Highway between Portland and the California state line; however, advised 
that the company also desires similar permits for its operations on other 
state highways. In the discussion of this matter the Engineer pointed out 
that there is insufficient clearance at the Springfield and Goshen underpass- 
es on the Pacific Highway to permit movements of this heigt+, so it would be 
necessary for the company to either arrange for bypassing the section between 
Springfield and Goshen or to cooperate with the state in providing greater 
clearances at these two points, which he estimated would cost about $4,000.00. 
It was his thought that it would be more economical for the company to pay 
for increasing the clearances at Springfield and Goshen than to use any by~ 
pass route. Mr. Morell requested time in which to give the matter further 
study and it was agreed that he would advise the State Highway Engineer as 
soon as their decision has been made, and would also let the Ingineer know 
all of the highways over which they desire permits. 


Captain Harold Roche, mining engineer, Port Orford, came before the 
Commission in regard to the proposed relocation of the Oregon Coast Highway 
between Port Orford and Hubbard Creek. Captain Roche advised that he has con- 
ducted extensive investigations along the Oregon coast line, looking into the 
possibilities for mining, and hes decided to spend a considerable sum of mon- 
ey in a mining venture at the mouth of Hubbard Creek, but it appears that the 
State Highway Commission has »lans for the reconstruction of the highway at 
this location, which will take the oniy available site for his clant. He 
asked the Commission to revise its plans for the highway improvement so as to 
bypass his nlant site. He also advised that he has already secured options 
for the purchase of this site and other property that he needs in this vicini- 
ty. He also mentioned that he has plans for the conducting of similar opera- 
tions at the mouth of Buchre Creek, about 20 miles south of Port Orford. The 
Engineer was instructed by the Commission to investigate both locations in 
question with Mr. R. L. Farmer, Senior Highway Engineer of: the Public Roads 
Administration, and ascertain whether or not it will be possible to accede to 
Captain Roche's request without ruining the provosed highway alignment or in- 
creasing the cost of highway construction. 


County Judge Guy Boyington and County Commissioner John Slotte, 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


ee John M, i 1.29 $100 ver a.,+ $177.50 Eason 
Bog a Veal, F. Chester n 1007 sq.ft. 5¢ sq.ft.,+ $1,949.65 Gardiner a 
Gord Beach Section - Oregon Coast Highway 

7746-Firet National Bank Stock Pile 0.52 $200 Lump Sum DeSouza 


of Portland 


7744-First National Bank "oom 1.0 $100 Lump Sum " Bal 
of Portland on 
oe a nae ORO er 
2564-Leutwyler, Paul 42 sq.ft. Gratis Collins at 
2563-Knapp, Lewis L. " 5620 sq.ft. $150 per lot " a 
(2 lots) y 
Buchre Creek-Rogue River Section - Oregon Coast Highway : 
7,5-Miller, Eva Stock Pile 1.98 $250 per a. Collins 
77,3—Miller, D. ¥. Stock Pile Site 0.72 $150 Lump Sum " 


s ection ~ Pacifi hwa: 
103-Reeder, “Marvin B. W Cancellation of 


Pe Foo ow) " Lease - $250 McCallister 
t = 4 
7i,0-Inter-Continental Corp. 7 3,36 Gratis DeSouza 
Sisver_lake-Chalk CLitt_ Section —Frenont [iighway 
ier, fm. Manley Borrow Pit $50 Lump Sum, plus mov- 


ing fence John T.Burch 
effer: evi ~ Warm Hi 
9~-Austin, Varina P. 13.98 4.37 a. at #100 per a. 
9.61 a. at #25 per a., 
plus $1,100 Benson 
Spocked iiver-Prineviie Section ~- Ochoco Highway 
lberg, Geo Slope Fasement 400 sq.ft. Gratis Benson 
7619-Bowman, A. R. " ” 543 sq.ft. Gratis * 
7642-Poindexter, Isabella R/W 9.96 #150 per a., + $2,044" 


Seufert-Dufur Section - The Dalles-California Hichway 
7752-Kuck, Ernest A. Stock Pile 0.61 #50 Lump Sum, + Federal 
Land Bank fee, #7.50, 


+ fencing Chandler “f 
MiaitG= Release of judg- 4 
(Supplemental) ment - $25 DeSouza | 


(E.W.Hearing property) 


7224-Riward Hines Uber Co. 4.0 $62.50 per a. DeSouza ae 
Maintenance Site r % 
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WHEREAS, as a result of negotiations carried on with the 
owners of the property required, options have been obtained, which 
options have been considered by the Commission, outlining the bases 
of settlement which have been agreed upon; and 


WHEREAS, it is the judgment of the Commission that the 
said options should be approved and accepted, and/or the said re- 
ports be declared acceptable to the State Highway Commission as 
bases of settlement for the properties involved, and that the ac- 
quisition of the properties should be completed: | 


NOW, THEREFORE, BE IT RESOLVED that the several offers, 
or bases of settlement hereinafter enumerated be, and the same 
hereby are, approved and accepted, anc that the Attorney for the 
State Highway Commission be, and he hereby is instructed to com~ 
plete the acquisition of the said properties and to take title 
thereto in the name of the State of Oregon. The said properties 
hereby ordered and authorized to be acquired are as follows: 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


k * 
ite ore Zellerbach Corp. Park 20.0 $5 per a. Gardiner 


Hug Point—A ape S on egon Coast Highway 
7748-Taylor, Anna C. O per a., + $7.50 Parker 
e ion — Wo k hwa 
17A-Oregon AmericenLbr.Corp. Timber Strip 8.3 a. at $5 per a. Parker 
rren tion - Coli a Riv hwe: 
7i1-Curteman, J. 0. 10482 sq.ft. $0.01118 sq.ft., McChesney 
plus $132.81 
7762-Anderson, Julia 750 sq.ft. $0.025 so.ft. “n 


74,50-Muhr, Louis L., et al 0.087 $200 per a.,+ $33 " 
753-Farr, John 0.15 $200 per a., + $63 " 


f 
" 
Nehalem Spit Section — Oregon Coast Highway 
7326-Prince, Louis R. Park lLilot $10 ver lot (State to 


pay taxes, est. $1.50)DeSouza 


Tigers Section - Pacific Highway west 
ener, Alfred Drainage Perpetual easement on 10'x 800! 


Ditch Esmt. strip of land for drainage ditch 
purposes - Lump Sum $300 Collins 


x Joseph, aia 1.12 $150 per a., + #130.50, 


plus fencing McChesney “ 


Lletz B Newport Se : st Highwa 3 
4120-Bachelder, Ray M. : B06 sq.ft. 10¢ sq.ft. McCallister 
4186-Tragilo, Pierre L. " 1460 sq.ft. 10¢ sq.ft., + $54 " 
7019~Dempsey, A. W. " 687 sq.ft. 10¢ sq.ft., plus moving 
bldg. (Est. $250) " 
1940 
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Messre. William Tugman and Howard Merriam, Eugene, came before the 
Commission in regard to the permanent route of the Pacific Highway through 
Eugene. They questioned the advisability of holding a public hearing on this 
matter and asked the Commission to expedite the adoption of a permanent route 
and the construction of the same. The Engineer advised that surveys for this 
project have been completed but the data have not as yet been assembled for 
report, although he expects to have this report ready to render to the Commis- 
sion at its March meeting. Chairman Cabell advised that the Commission is 
not in a position today to say definitely whether or not it will hold a pub- 
lic hearing in Bugene on this matter, but will give the matter consideration 
when the Engineer's report has been studied. 


The matter of paying a pavement assessment avainst state-owned prop- 
erty described as Lot 9, Block 16, Grahams Fourth Addition to Toledo, had the 
attention of the Commission. The Attorney advised that assessment against 
this lot is in the amount of $74.60 and that investigation reveals that the 
city actually pays the assessments against city-owned property. He pointed 
out that the Commission at a recent meeting authorized the vayment of an as- 
sessment against state-owmed property in Portland, and recommended, in view 
thereof, that the state pay the assessment in Toledo. The Commission ap- 
proved the recommendation. 


The Attorney reported receipt of a communication from the Commis- 
sioner of the Bureau of Reclamation with respect to the incornoration of an 
extra clause in the lease contract between the government and the state for 
certain lands at the confluence of the Deschutes and Crooked Rivers, in Jef- 
ferson County, which vrovides that the avplication of the State of Oregon for 
a continuance of the lease at termination in 1949 will be given »reference 
over that of any other avplicant. He said that according to this cormunica- 
tion the suggested clause expresses the sentiments of the present officials of 
the Bureau of Reclamation but their decision is that it is not feasible to in- 
corporate it in the lease contract because of the vossibility that it would be 
interpreted to express the future policy of the government at the end of the 
10-year veriod of the lease, which situation they wish to avoid. The Commis- 
sion decided, in view of this renort, to accept the lease contract in its >res- 
ent form. 


The Attorney read aloud a letter from Hallock, Donald & Banta, At- 
torneys, Baker, Oregon, in behalf of certain mining companies operating in the 
vicinity of Sumpter, Oregon, in regard to the Sumpter Valley Secondary Highway 
right of way. It appears that one of the mining companies is operating two 
dragline dredges in the vicinity of Sumpter and that the company has been pro- 
hibited the use of the highway in connection with these operations. Further, 
that the company alleges that it is strictly within its rights in using the 
highway for its purposes because the Baker County records disclose that title 
to the right of way is still vested in the company and, in view thereof, it 
is the intention of the company to close the highway to general public use un- 
less the Highway Commission will grant its request for a permit to conduct 
certain dredging operations on the highway right of way and to move its equip- 
ment upon and across the traveled roadway. The Engineer advised that the road 
under discussion was used for many years as a county road before it was added 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


fapite Sis ¥. R. 3 88 sq.ft. Gratis Gardiner 


,70-Grant Co. Hosp. Assn. " 6326 sq.ft. 1¢ sq.ft. " 

7,7lA-Cleaver, Lewis L. " 2858 sq.ft. Land Gratis, + $850 " 

,72-Dely, Patsy " 5185 sq.ft. if sq.ft. + $34 " 
(Clarence F. Harris) 

74,73-Daly, Sarah J. - " 6202 sq.ft. 1¢ sq.ft.+ fencing " 

7%80-Smyth Estate, Eloise thice 3.73 25 per a. + fencing * 


2 lots $850 Lump Sum Benson 
(6000 sq.ft.) 
7825-D' ambrosia, Ida " 6 lots $7,000 Lump Sum " 
(18000 sq.ft.) : 
7826-Lillie, Garland " 2 lots $1,800 Lump Sum " 
(and house) 


Reconsideration was given ty the Commission to moving the Methodist 
Episcopal Church Building at Tigard, particularly its approval of an expendi- 
ture of $456 in addition to the contract price, for certain items desired by 
the Board of Trustees. The Assistant Attorney advised that when the Commis- 
sion authorized the additional expenditure it was thought that the toilet fix- 
tures, for which the church was to make payment, would cost about $75.00, leav- 
ing a difference of £381.00 to be paid by the state; however, it now develops 
that the quotation submitted by the contractor included only #33.00 for such 
items, which would leave a difference of $423.00 to be paid by the state rath- 
er than $381.00, an increase of $42.00. He inquired whether or not the Com- 
mission is willing to assume this extra expense. The Commission voted unani- 
mously to pay the extra expense with state funds. 


The Assistant Attorney brought up for discussion the request of Mrs. 
Avvon Hughel, Grants Pass, owner of the Grants Pass Auto Park, for permission 
to maintain a neon sign on the state highway right of way south of Grants Pass. 
He advised that in connection with the Grants Pass South improvement of the 
Pacific Highway it was necessary to acquire some right of way from Mrs. Hughel 
and one of the conditions of the sale was that Mrs. Hughel would be allowed to 
maintain her existing sign on the highway right of way. The sign, he said, is 
attached to an oak tree at the highway line and projects over the right of way 
a distance of about 10 feet and is 10 feet above the ground surface. He also 
said that Mrs. Hughel wants provision made in a deed for the maintenance of 
this sign at such location rather than to have the matter covered by separate 
agreement or permit. He recommended anproval of the request. The Commission 
approved the recommendation unanimously. : 


The Commission adjourned at 12:15 o'clock p.m. and reconvened at 2:00 
o'clock p.m. in the same room with all members present and varticipating. Al- 
so present were the State Highway Engineer, the Attorney, and the Secretary. 


and need for the acquisition thereof, and the advantages to be 
gained thereby; 


NOW, THEREFORE, BE IT AND IT HERFBY Is; RESOLVED by the 
State Highway Commission as follows: 


1. That the State Highway Commission does hereby find 
and declare that it is necessary, will be of advantage to the 
State of Oregon, and is needful that the State acquire for right 
of way purposes for use in connection with the permanent location, 
construction, improvement, and maintenance of the following sec- 
tion or sections of the state highway system of the State of Ore- 
gon, to wit: 


Troutdale-Fairview Section of the Columbia River Highray 
Multnomah Falls-Dodson Section of the Columbia River Highway 
Cottage Grove Section of the Pacific Hiphway 


real property owned by or in possession of the following parties 
and/or versons, to wit: 


Troutdale-Fairview Section of the Columbia River Hichway 
File 1823-Alice W. Jordan 
Multnomeh Falls-Dodson Section of the Columbia River Highway 
File 4869-Juanita Starr 
Cottage Grove Section of the Pacific Highway 
File 5697-Frank Heck and Mary E. Heck 


and this Commission does hereby declere further that the said prop- 
erty or properties are necessary, are needful, and the acquisition 
thereof will be of advantage to the State of Orepon for right of 
way vurposes in order to make it possible for the State Highway 
Commission to properly locate, relocate, construct, reconstruct, 
and maintain said portion or vortions of the said state highway 
system in accordance with standards adopted by this Commission rel- 
ative to curvature, grades, alignment, drainage, and factors of 
safety. 


2. That the State Highway Engineer be and he hereby is 
instructed and directed to properly survey the parcel or parcels 
of land required for such right of way purposes and prepare prop- 
er and adequate descriptions thereof, which descriptions shall be 
employed in the preparation of a deed or deeds or other instrument 
or instruments necessary to complete the acquisition of the said 
property or properties or which descriptions may be used in the 
prevaration of a complaint in the event that condemnation proceed- 
ings are necessary. 


3. That the boundaries of the said parcel or narcels of 
land, as defined and determined by the said survey made by the said 
Highway Fngineer, along the route or location adopted by the Highway 
Commission, shall be and the same hereby are adopted and the lands 
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to the state highway system and the matter of title to the right of way was 
not questioned when the state took the road over. He suggested that it would 
be advisable to search the county records to ascertain whether or not Baker 
County ever did acquire this right of way by purchase or otherwise. The Com- 
mission approved the suggestion and instructed the Attorney to make such in- 
vestigation and report his findings. The Secretary was instructed to search 
the records and ascertain whether or not any mining company in this vicinity 
has been denied permit to use the highway. 


In this connection the Commission considered that it would be ad- 
visable, in order to avoid circumstances of this kind, to check the titles to 
right of way of all state highways throughout the state and it was decided 
unanimously to have the records searched. The Attorney was instructed to make 
investigations as may be necessary with respect thereto. 


The Attorney also brought up for discussion the matter of removal 
of several small buildings from state-owned property adjacent to the Salmon 
River Highway. He exolained that for some time past certain private varties 
have maintain>* small cabins on property that the Commission acquired for 
wayside strivs along this highway and it now apnears that the work upon which 
these varties were engaged in this vicinity is completed and they have re- 
quested authority to remove the buildings from the state's premises. He rec- 
ommended approval of the request, the buildings being of no value to the state 
and it being desirable to clean up the state property. The Commission ap- 
proved the recommendation. 


The Assistant Attorney revorted the need to institute condemnation 
proceedings to acquire certain parcels of real property that are needed for 
certain highway improvements. He submitted a list of properties in question, 
together with offers that he recommended be made, for condemnation as follows: 


File 1823-Alice W. Jordan. Troutdale-Fairview Section of the Colum- 
bia River Highway. Right of Way - $13,000.00 

File 4896-Juanita Starr. Multnomah Falls-Dodson Section of the Co- 
lumbia River Highway. Right of Way - $10,000.00 

File 7480-Selden B. Stonedahl. Catherine Creek Section of the Medical 
Springs Highway. Quarry and Stock Pile Site - #274.00 

File 7747-Leo F. Smith. Hug Point-Arch Cape Section of the Oregon 
Coast Highway. Park - #2,500.00 

File 5697-Frank Heck. Cottage Grove Section of the "acific Highway. 
Right of Way - $16,000.00 


After discussion the Commission approved the request and the offers recommend- 
ed. The following resolutions in regard thereto were adopted by the Commis- 
sion by unanimous vote: 


WHEREAS, the State Highway Commission is by law authorized and 
directed to lay out, locate, relocate, designate, construct, recon- 
struct, improve and maintain a system of state highways in the State 
of Oregon, including both primary and secondary state highways, to ac- 
quire rights of way necessary therefor, and to declare the necessity 


Also, the south one-half (s4) of the southwest quar- 
ter (SW+) of the southeast quarter (SE}) of said Section 
30, containing 20 acres. 


Also, the northwest quarter (N¥+) of the southwest 
quarter (SW+) of the southeast quarter (SE*) of said Sec- 
tion 30, containing 10 acres. 


All in Section 30, Township 4 North, Range 10 West, 
W.M., Clatsop County, Oregon, containing a total of 122.9 
acres. 


NOW, THEREFORE, BE IT RESOLVED that the said parcels or 
tracts of land be and the same hereby are declared by this resolu- 
tion to be necessary for the purpose herein stated; and 


BE IT FURTHER RESOLVED that title to the said parcels or 
tracts of land be acquired by the State of Oregon, by and through 
its State Highway Commission, for the above specified public use 


and purpose. 


BE IT FURTHER RESOLVED that the best interests and con- 
venience of the general public require that title to the said tracts 
or parcels of real property be acquired for the nurpose of develop- 
ing and maintaining the same for a park, recreational ground or pub- 
lic resort and for the purpose of preserving the timber growing 
thereon, and for the further purpose of making said varcels of land 
available for the use and enjoyment of the general public. 


BE IT FURTHER RESOLVED that I. H. Van Winkle, Attorney 
General, and J. M. Devers, Assistant Attorney General and Attorney 
for the State Highway Commission, be and they hereby are requested 
to negotiate further with the owmers of said property and endeavor 
to acquire said vroperty by agreement, and in the event that said 
properties cannot be acquired by agreement, then the said I. H. 
Van Winkle, Attorney General, and J. 4. Devers, Assistant Attorney 
General and Attorney for the State Highway Commission, are hereby 
requested to institute and prosecute such condemnation ~roceedings 
or other suits or actions as may be necessary to acyuire the said 
real property or such parcels as cannot be acquired by agreement. 


BE IT FURTHER RESOLVED that in such suits, actions, or 
procedure as may be prosecuted for the acquisition of said real 
property provision be made whereby title in fee simple shall be ac- 
quired in the name of the State of Oregon, by and through its State 
Highway Commission. 


WHERFAS, the State Highray Commission is by law author- 
ized and directed to lay out, locate, designate, construct, improve, 
and maintain a system of state highways in the State of Oregon and 


defined therein are hereby declared to be and the same are included 
within the rights of way of the said portion or portions of the 
said state highway system and hereby are declared to be necessary 
for the proper location, improvement, construction, and maintenance 
of the said portion or portions of the state highway system. 


4 That I. H. Van Winkle, Attorney General of the State 
of Oregon, and J. “. Devers, Assistant Attorney General’ and Attor- 
ney for the State Highway Commission, be and they are hereby request- 
ed, authorized, and directed to attempt to agree with the owner or 
owners and/or with the tenants or versons in possession, if there be 
any, of said parcel or parcels of land with respect to the commensa- 
tion to be paid for the taking of the same and the damage, if there 
be any, and in the event that no satisfactory agreement or agree- 
ments can be reached, then it is hereby further resolved that the 
Attorney General of the State of Oregon and J. M. Devers, Assistant 
Attorney General and Attorney for the State Highway Commission, be 
and they hereby are requested to commence and prosecute to a final 
deternination such suit or action, or suits or actions, as may be 
necessary and appropriate to acquire title to the said prenises and 
all rights therein for the purposes herein stated. 


5. That this resolution be entered in full in the minutes 
and records of this Commission. 


WHEREAS, by virtue of the laws of the State of Oregon, the 
State Highway Commission is authorized and empowered to acquire land 
or ground necessary for the development, maintenance, and operation 
of parks, parking places, automobile camps, camp sites, public 
squares, recreational grounds or resorts and land for the vreserva- 
tion of trees or timber growing thereon; and 


WHEREAS, in the judgment and ovinion of the State Highway 
Commission it will be for the convenience and is “or the best inter- 
ests of the general public that there be acquired for public pur- 
pose, to wit: for the puroose of develoving and maintaining a park, 
recreational ground and/or resort, and for the purpose of preserv- 
ing the timber growing thereon, a one-twelfth interest in the fol- 
lowing described parcels of land, to wit: 


Property of the heirs of the William E. Smith, deceased, 
estate and of Anna C. Taylor 


Government Lot 4 of Section 20, Township 4 North, 
Range 10 West, ¥.M., containing 56.7 acres, excepting 
3.8 acres lying within the existing right of way of the 
Oregon Coast Highway. 


Also, the southeast quarter (SE*) of the southwest 
quarter (S¥4) of said Section 30, containing 40 acres, 


land, as defined and determined by the said survey made by the said 
Highway Engineer shall be and the same hereby are adopted and the 
lands defined therein ere hereby declared to be and the same shall 
be lands necessary for the purposes stated herein. 


4. That I. H, Van Winkle, Attorney General of the State 
of Oregon, and J. M. Devers, Assistant Attorney General and Attor- 
ney for the State Highway Commission, be and they are hereby re- 
quested, authorized, and directed to attempt to agree with the own- 
er or owners and/or with the tenants or persons in possession, if 
there be any, of said parcel or parcels of land with respect to 
the compensation to be paid for the taking of the same and the dam- 
age, if there be any, and in the event that no satisfactory agree- 
ment or agreements can be reached then it is hereby further re- 
solved that the Attorney General of the State of Oregon and J. M. 
Devers, Assistant Attorney General and Attorney for the State High- 
way Commission, be and they hereby are requested to commence and 
prosecute to final determination such suit or action, or suits or 
actions, as may be necessary and appropriate to acquire title to 
the said premises and all rights therein for the purposes herein 
stated. 


5. That this resolution be entered in full in the min- 
utes and records of this Commission. 


The matter of acquiring additional land to enlarge the maintenance 
headquarters site in Eugene had the attention of the Commission. The Engineer 
advised that the present maintenance site is too small to accommodate the 
Highway Department's facilities and those of the State Police Department, and 
he suggested that the Attorney be authorized to secure ontions for the pur- 
chase of adjoining property, being the back end of lots that face the street 
on the opposite side of the block from the Highway Department's facilities. 

It would be preferable, he said, to purchase all of the private property on 
this particular block so as to allow more room for expansion. However, the 
front of the lots in auestion is occupied by residence buildings and it might 
be too costly. After discussion the Commission authorized the Aitorney to se- 
cure options for acquisition of the back end of the lots and aiso for the ac- 
quisition of the full lots for purposes of comparison. 


The Commission had under discussion a request from the United States 
War Department for a perpetual flowage easement over 0.68 of an acre of state- 
owned property adjacent to the Columbia River Highway at Herman Creek, in Hood 
River County, which property lies within the flowage area of Bonneville Dam 
and will be submerged during high water stages in the Columbia River. The In- 
gineer recommended the granting of this request without charge. The Commis- 
sion approved the recommendation unanimously and so ordered. 


Reconsideration was given by the Commission to the request of the 


Bonneville Authority for blanket permit for the occasional movement over state 
highways of certain equipment the dimensions of which exceed the statutory 
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to acquire by donation, purchase, agreement, condemnation, or by the 
power of eminent domain title to land upon or under which there is 
gravel, gravel beds or bars, sand, sand beds or bars, rock, boulders, 
quarries or quarry sites, lime deposits, or other mineral deposits 
or formations suitable for road construction, improvement, better- 
ment or pavement, and is further authorized by law to acquire lands 
for stock pile purposes, and to declare the necessity and need for 
the acquisition thereof and the advantages to be gained thereby; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission as follows: 


1. That the State Highway Commission does hereby find 
and declare that it is necessary and will be of advantage to the 
State of Oregon and there is need that the State acquire for the 
purposes of road construction, improvement, betterment, repeir and 
maintenance, and for the purpose of the manufacture of road mate- 
rials, and for stock pile purposes, on the following section of the 
state highway system of the State of Oregon, to wit: 


Catherine Creek Section of the “Medical Springs Highway 


real property owned by or in the vossession of the following var- 
ties and/or persons, to wit: 


Selden B. Stonedahl--Jeanette “oran 


and this Commission does hereby declare further that the said prop- 
erty or properties contain gravel, gravel beds or bars, sand, sand 
beds or bars, rock, boulders, quarries or quarry sites, lime depos- 
its, or other mineral deposits or formations suitable for road con- 
struction, improvement, detterment, or pavement, or are needed and 
necessary for stock pile purposes, and that the said property or 
properties is or are necessary and needful and the acquisition 
thereof will be of advantage to the State of Oregon for the said pur- 
poses in order to make it possible for the State Highway Commission 
to construct, improve, maintain, and repair the said portion of the 
said state highway system in accordance with the standards adopted 
by this Commission. 


2. That the State Highway Engineer be and he hereby is 
instructed and directed to properly survey the varcel or parcels of 
land reauired for said purposes and to prepare proper and adequate 
descriptions thereof, which descriptions shall be employed in the 
prevaration of a deed or deeds or other instrument or instruments 
necessary to complete the acquisition of the said property or prop- 
erties, or which said descriptions may be used in the preparation 
of a complaint in the event that condemnation proceedings are nec- 
essary. 


3. That the boundaries of the said parcel or parcels of 


this property is not of any particular use to the state and recommended that 
the offer be declined. The Commission approved the recommendation. 


At 3:00 o'clock p. m. Chairman Cabell announced the awards of con- 
tracts as follows, bids for which were taken at the morning session, such 
awards having been previously approved by the Commission by unanimous vote: 


"Bend-Butler Ranch Section of the Butler County Road, in Des- 
chutes County. 6.3 miles grading, surfacing and oiling. J. C. Pa- 
pin, Bend, submitted the low bid for this project at $31,709.90. 
Leonard & Slate, “Multnomah, submitted the second-low bid at 
$33,644.50. There were 5 higher bidders. The Commission awards 
the contract to J. C. Papin, the low bidder, at his bid of 
#31, 709.90. 


“Service Creek-Branson Creek Section of the John Day Highway, 
in Grant and Wheeler Counties. 27.17 miles oiling. 9 bids were 
received for this project, the low one being that of J. C. Compton, 
McMinnville, at #11,804.25. The second-low bid was submitted by 
Babler Bros,, Portland, at $12,944.30. The Commission awards the 
contract to J. C. Compton at his low bid of $11,804.25. 


"Lick Creek-Salt Creek Section of the Little Butte Secondary 
Highway, in Jackson County. 2.54 miles surfacing and oiling; also 
furnish 2,850 cu. yds. crushed rock in stock piles. The low bid 
for this project was submitted by Norris Bros., Burlington, Wash- 
ington, at #21,032.00. The second-low bid was submitted by Clif- 
ford A. Dunn, Klamath Falls, at #23,062.50. There was only one 
higher bid submitted. The Commission awards the contract to Norris 


Bros., the low bidders, at their bid of #21,032.00. 


"North Unit, Ana Spring-Hunter Hill Section of the Fremont 
Highway, in Lake County. 6.81 miles roadside improvement. Guy 
H. Booker & Arthur T. Fox, Salem, submitted the low bid for this 
project at #5,381.50. River Bend Sand & Gravel Cormany, Salem, 
submitted the second-low bid at $7,469.50. There were 2 higher 
bidders. The Commission awards the contract to the low bidders, 
Guy H. Booker & Arthur T. Fox, at their bid price of #5,381.50. 


"(nion-Catherine Creek Section of the “Medical Springs Second- 
ary Highway, in Union County. 9.0 miles oiling; also furnish 
1,000 cu. yds. crushed gravel in stock miles. Three bics were 
received for this project, the low one being that of J. C. Compton, 
McMinnville, at %16,097.00. The second-low bid was submitted by 
R. 0. Deil & Warren Bros., Inc., Portland, at *16,390.30. The Com 
mission awards the contract to J. C. Comoton, the low bidder, at 
his bid of $16,097.00. 


"Castor Ranch-Joseph Section of the Hurricane Creek County 
Road, in Wallowa County. 1.58 miles grading, surfacing and oiling; 
also construct 77 lin, ft. composite-type bridge. 3 bids were 
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limits as to width and length. The Engineer explained for the benefit of 
Chairman Cabell the action taken by Commissioners Aldrich and Clough in re- 
gard to this matter on the previous day, which action Chairman Cabell ap- 
proved. The question of whether or not the federal government should be re- 
quired to furnish the customary public liability and property damage insurance 
in connection with such movements was also discussed and it was decided unani- 
mously te require the government to furnish public liability insurance cover- 
age only in the amounts of $5,000/10,000, and property damage insurance in an 
amount not less then $1,000. 


The Engineer also explained the action taken by Commissioners Ald- 
rich and Clough on the previous day relative to the request of the Maling Con- 
pany, Inc., Hillsboro, for a blanket permit to move over state highways pea- 
viner equipment having an overall height in excess of the statutory limit. 
Chairman Cabell approved the action. 


The Commission discussed and ordered filed a report from the State 
Parks Superintendent, being e summary of the state parks that have been ac- 
quired by the State Bs cheay Commission up to February 1, 1949. 


The Engineer requested authority for the Director of the Travel and 
Information Department to attend a meeting of the Evergreen Playground Asso- 
ciation in Seattle or Olympia, Washington, sometime during the month of March, 
1940. He estimated the expense at $20.00. The Commission approved the re- 
quest subject to confirmation by Governor Charles A. Sprague. 


The Attorney reported the status of the right of way sitvation along 
the Taylor Street Section of the Oregon Coast Highway in Astoria, particularly 
progress being made by the City of Astoria in clearing the right of way of 
building encroachments. He stated that the city has filed a suit to require 
the property omers to vacate the street area. However, it avpears that the 
city and the property omers are about to reach an agreement and if the agree- 
ment is consummated and carried out it will result in the removal of the build- 
ings on that portion of the street which the Highway Commission wants. The 
cost of moving the buildings and re-establishing them on vrivate property, he 
said, is estimated at #4,780.00. However, Senator Franciscovich, who is at- 
torney for the property omers, advises that his clients will settle on the 
basis of payment of $4,000.00 and will among themselves contribute the differ- 
ence between such sum and #4,780.00. There has been made available to meet 
such expense the sum of $3,600.00, of which amount the city has agreed to con- 
tribute $600.00 and the property omers $2,400.00 and the state #600.00, 
which leaves a balance of $400.00 wmaccounted for, which amount the city is 
asking the state to contribute because it has no available funds; in fact, is 
having considerable difficulty in raising the $600.00 that it has already 
pledged. After considerable discussion and in view of the aoparent emergency 
that exists, the Commission voted unanimously to pay this extra expense with 
state funds and it was so ordered. 


The Commission considered an offer from the Southern Pacific Company 
to sell to the state certain railroad company property situate adjacent to 
McLoughlin Boulevard at Eighth Avenue in Portland. The Engineer advised that 


ee 


The Engineer requested authority to purchase the following equipment: 


10-ton rollers, 5 old rollers to be traded in as part purchase 
price - estimated total net cost $22,500.00 
10-ton roller - estimated cost #5,200.00 
power mowing machines - estimated total cost #16,500.00 
asphalt kettles - estimated total cost $9,000.90 
pickup trucks, 4 old trucks to be traded in - estimated total 
cost #2,000.00 
light trucks, 12 old trucks to be traded in - estimated total 
net cost $10,800.00 
dust sweeper ~ estimated cost #1,000.00 
electric-driven hand saw - estimated cost 90.00 

(Total estimated cash outlay $67,090.00) 


The Commission approved the request by unanimous vote and instructed the Mn- 
gineer to make the purchases through the State Purchasing Agent in accordance 
with the usual practice. 


The Engineer reported that on January 25, 1940,in accordance with 
authority previously given him by the Commission, he awarded to Fisher Bros., 
Oregon City, the contract for gracing and surfacing the Hay Canyon Section of 
the Moro-Hay Canyon County Road, in Sherman County, the bid of this contrac- 
tor being the low bid received by the Commission on January 11, 1940, and the 
conditions of the award having been satisfied. The Commission confirmed the 
award of this contract as reported. 


Consideration was given by the Commission to the matter of paying 
equipment rentals, et cetera, on W.P.A. projects direct rather than through 
the office of the Works Progress Administration in Portland. The Engineer ex- 
plained that in connection with the Wolf Creek Highway W.P.A. Project, the 
Works Progress Administration rented certain equipment from an implement ‘ouse 
in Portland with the understanding that the rental payments would be maae 
monthly and would be credited against the purchase price of the equipment; but 
it appears through oversight by the Works Progress Administration office that 
the last three months! rental of this equipment was not paid and that the 
Works Progress Administration is now unable to make these payments but is will- 
ing to reimburse the state if the state will advance the amount. He gave as 
his thought that, in order to avoid a recurrence of this oversight, the state 
should pay these rental charres in the first instance, except in connection 
with the purchase of vowder, which can be purchased at much less expense 
through the Works Progress Administration than direct from the dealer, and he 
recommended the approval of such procedure in this instance and in connection 
with future purchases. The Commission approved the recommendation wmanimously. 


The matter of maintenance of the vark surrounding the Lewis and Clark 
monument at The Dalles had the attention of the Commission. The Fngineer ex- 
plained that a couple of years ago the State Highway Department, under con- 
tract, prepared, as a roadside beautification project, the site for a monument 
that the city of The Dalles proposed to erect adjacent to the Columbia River 
Highway near the west city limits of The Dalles, and that the city is now 
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received for this project, the low one being that of Norris Bros., 
Burlington, Washington, at $25,549.00. The second-low bid was sub- 
mitted by Colonial Construction Company, Spokane, Washington, at 
$26,882.00. All bids received were rejected. 


"Seufert-Dufur Section of The Dalles-California Highway, in 
Wasco County. Furnish 9,100 cu. yds. crushed rock in stock piles. 
Mid-Columbia Sand & Gravel Company, The Dalles, submitted the low 
bid for this project at $12,727.00. Homer G. Johnson, Portland, 
submitted the second-low bid at #12,908.00. There were 4 higher 
bidders. The Commission awards the contract to the low bidder, 
Mid-Columbia Sand & Gravel Company, at its bid of $12,737.00. 


"Tigard Grade Separation and Fanno Creek Bridge on the Pacific 
Highway West, at Tigard, in Washington County. 343 lin. ft. and 
124 lin. ft. of reinforced concrete viaduct. 15 bids were received 
for this project, the low one being that of Jacobsen-Jensen Company, 
Portland, at $86,292.50. The second-low bid was submitted by Birke- 
meier & Saremal, Portland, at $87,382.50. All bids for this project 
were referred to the Ingineer with power to award the contract to 
the low bidder when certain conditions have been satisfied." 


The Commission had under discussion a request from the City of La- 
Grande for the removal of snow from its city streets that are state highway 
routes. They gave as their interpretation of the law that the State Hishway 
Commission is obliged to perform such service. The Engineer advised that the 
present vractice of the Highway Department is simply to clear the gutters and 
pile the snow in windrows down the center of the streets where it is consid- 
ered to be of least inconvenience to merchants and to traffic, but it has not 
been the practice to remove the snow from the streets entirely; in fact, the 
procedure now being followed is vractically the same as that fcilowed ty the 
cities before the streets were turned over to the state. He further advised 
that if the Commission should alter this practice it would be necessary to 
purchase numerous pieces of special equipment, which would have to stand idle 
a good vert of the year because it would not be needed to carry on routine 
maintenance work. He estimated the cost of such equipmeat at “176,000.00 and 
the cost of operating the same at approximately #50,000.00 for an average 
year. He recommended continuance of the present vractice of removing the snow 
from the gutters and the piling of same in windrows in the center of the 
street, excent at intersections, where it should be piled in circular mounds 
in the center of the intersections so as to maintain cross-travel. He also 
recommended that the state's operations be carried on during the nighttime , 
when there is the least amount of traffic; provided, however, that the city 
council adopts an ordinance providing for the parallel parking of vehicles 
along the curb line while the snow-removal operations are under way, and will 
exercise its police powers to clear the parked cars from ‘he streets during 
such periods. After discussion the Commission by unanitous vote adopted the 
recommendations of the Engineer as its general xo0licy to be followed hereafter 
in connection with such matters, and instructed the Ingineer to convey the 
information to the city manager of La Grande. 
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Brownsville for such oublic use as the City may make of the same, 
and the portion of said right of way lying just outside of the City ca 
of Bromsville, which is abandoned by this resolution, is left to a 
revert to the County Court of Linn County for such public use as 3. 
the County may make of the same or to the abutting vroperty owners 


in the event the County does not desire to retain the same for nub- & 

lic use. a 
2. That the fragment of land or right of way hereby Bf 

abandoned and eliminated from the state highway system which is % 

shown on the blueprint marked "Exhibit 'A'" is described as follows, ae 

to wit: if 


All that certain section of the old right of way of a 
the Brownsville Section of the Halsey-Sweet Home Hichway 7) 
lying on the southerly side of the right of way required 5 
for the reconstructed Halsey-Sweet Home Highway and lying 
between Mile Post 5 and Mile Post 7 of said highway, the 
beginning and ending points with reference to the Ingi- 
neer's Stations of the reconstructed highway being Sta- 
tion 791+00 on the easterly end and Station 819+00 on the 
westerly end. 


In addition to the foregoing description of said abandoned right of 

way there is attached hereto the above-mentioned blueprint, which 

by this reference is made a part hereof, upon which map or exhib- 

it there is shown shaded in red the abandoned section of highway, } 
which exhibit for identification ourposes bears the signatures of ‘ 
C. B. McCullough, Assistant State Highway Ingineer, H. G. Smith, 

Construction Engineer, and F. D. Eason, Division Pngineer, and 

bears date of December 14, 1939. * 


3. In the event there remains any physical connection 
between any portion of said abandoned right of way or highway and 
the oresent highway, and by reason of such physical connection 
traffic from the existing highway may enter or use the said aban- 
doned portion of the old road to the possible damage or injury of 
such traffic by reason of any unsafe condition existing with re- 
spect to said abandoned section, then the State Hichway Engineer 
is hereby authorized and directed to erect such barricade or other 
safeguards as may be necessary to protect and safeguard traffic 
using and employing said newly located, constructed and dedicated 
section of said state highway. 


4. That this resolution shall be entered in the minutes 
and records of the Commission and a certified covy thereof vrompt- 
ly delivered to the County Court of Linn County, together with a 
copy of the said exhibit, and a copy of said resolution and exhibit 
shall be delivered to the Mayor of the City of Brownsville for such 


* Map filed in Highway Retention and Abandonment Resolutions - No. 70. 
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erecting the monument as a W.P.A. project; but the question hes arisen as to 
whether or not the city or the state shall maintain the area efter the monument 
is completed. He pave as his thought that if the area is to be maintained 
properly, the work should be done by state forces and at state expense, and he 
so recommended. The Commission approved the recommendetion. 


The Commission had under discussion the matter of abandoning a por- 
tion of the Brownsville Section of the Halsey-Sweet Home Secondary State High- 
way, in Linn County, particularly the section along “Main Street and Blakeley 
Avenue, in Brownsville. The Mngineer advised that this section is no longer 
of value from the state highway standpoint inasmuch as the highway has been 
reconstructed on other alignment. He recommended abandonment of the section 
in favor of Linn County or the municipal authorities of Brownsville, as the 
case may be. The Commission approved the recommendation and by unanimous vote 
adopted the following resolution in regard thereto: 


WHEREAS, in order to afford a better alignment and a more 
satisfactory, safe and convenient highway for the traveling vublic, 
the Commission found it necessary to relocate a vortion of the 
Brownsville Section of the Halsey-Sweet Home Highway in Linn County; 
and 


WHEREAS, by reason of said relocation and the reconstruc- 
tion of the section of said highway there was eliminated and made 
unnecessary as a part of the completed highway the nortion more spe- 
cifically defined and described hereinafter in this resolution; 
and 


WHEREAS, it is the judgment and oninion of the Commission 
that there should be reflected in the minutes and records of the 
Commission the purpose and vlan of the Commission to abandon as a 
part of the Halsey-Sweet Home Highwey, and therefore as a part of 
the state highway system, the portion of the right of way of the old 
alignment hereinafter defined and heretofore included within the 
area of the right of way of the Halsey-Sweet Home Highway as former- 
ly located between the said termini and as heretofore improved and 
used; 


NOW, THERFFORF, BE IT AND IT HERFBY IS RESOLVFD by this 
Commission, a majority of the members being present and affirmative- 
ly varticipating, as follows: 


1. That the fragment of land confined within the area 
hereinafter described, which fragment of land was formerly within 
the limits of the right of way of the Halsey-Sweet Home Highway, but 
which is now without the limits of the right of way of said highway 
as said highway has been relocated, be and said fragment of land is 
hereby abandoned as a part of the right of way of said highway. The 
portion of the right of way of said highway which by this resolution 
is abandoned and which is within the limits of the City of Brownsville 
is left to revert to the abutting property owmers or to the City of 


damage and injury, it is deemed and is the judgment of the Highway 
Commission and said Commission finds that it will be for tne best 
interests of the said highways that the maximum weights permitted 
and authorized by law be reduced; 


NOW, THEREFORE, the premises being in part as above stat- 
ed, and the State Highway Commission having, as a result of due in- 
vestigation, found that the roads above mentioned and hereinafter 
designated are being damaged and injured on account of the kind and 
character of traffic now being hauled over and unon said roads; and, 
by reason of the fact that vehicles carrying maximum loads moved at 
the maximum speeds specified by the vrovisions of the laws of the 
State of Oregon are breaking up, damaging and deteriorating the 
said roads, 


IT IS HEREBY ORDFRED, that the maximum weight of combined 
load and vehicle which shall be permitted upon the within-named 
roads shall not exceed the weight herein fixed. 


The maximum weights which shall apply to the following 
highways, to wit: 


PENDLETON-JOHN DAY HIGHWAY from Nye Junction to 
Ukiah, in Umatille County 


LAKEVIEW-BURNS HIGHWAY from its junction with the 
Central Oregon Highway, in Harney County, to its 
junction with the Fremont Highway at Valley Falls, 
in Lake County 


JOHN DAY HIGHWAY from Prairie City, in Grant Coun- 
ty, to Unity, in Baker County 


shall be as follows: the combined weight in pounds bearing on the 
surface of the highway at contact with the tread of the wheels of 
the front axle of a truck or truck-tractor shall not exceed the 
product of four hundred (400) mltiplied by the sum in inches of 
the tire width of the wheels of such axle; and, the combined weight 
in pounds bearing on the surface of the highway at contact with the 
tread of the wheels of any one axle of a vehicle or combination of 
vehicles, other than the front axle of a truck or truck-tractor, 
shall not exceed the product of three hundred (200) mltivlied by 
the sum in inches of the tire width of the wheels of such axle; but 
in no event shall the combined weight in nounds bearing on the sur- 
face of the highway at contact with the tread of the wheels of any 
one axle of a vehicle exceed the maximum limit set by law for any 
one axle. 


IT IS FURTHER ORDERED , that these rules and regulations 
as made and found by the State Highway Commission under the provi- 
sions of Chapter 360 of the laws of Oregon for 1971, shall be in 
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action as said County Court may desire to take and for such action 
as the city officials of Brownsville may desire to take, and should 
said abandoned portion of the highway be further employed for public 
or private highway purposes such use shall be entirely under the 
control and supervision of the County Court of Linn County and/or 
the municipal authorities of the City of Brownsville, as the case 
may be, and the same shall be beyond any responsibility or supervi- 
sion by the State Highway Commission. 


The Commission had under discussion the adoption of a volicy with 
respect to the printing of state highway maps for private organizations, par- 
ticularly with the back of the maps blank so that this space can be used for 
private advertising purposes. It was the Commission's decision that the 
Highway Department should not vrint maps for private parties. However, the 
Commission authorized the loan of the map plates to such private parties or 
organizations so they can print their om maps, with the understanding that 
any advertising matter contained thereon should be first approved by the 
State Highway Department and that there should be printed on the back of the 
map information to the effect that the maps are made available through the 
courtesy of the Oregon State Highway Department. 


The Engineer reported that in accordance with authority previously 
granted him by the Commission he has posted the following highways for 50 per 
cent reduced load limits because the frost is leaving the ground and legal- 
weight loads anpear to be causing damage to the road surface: 


Pendleton-John Day Highway from Nye Junction to Ukiah, in Ymatilla 
County 

Lakeview-Burns Highway from its junction with the Central Oregon 
Highway, in Harney County, to its junction with the Fremont 
Highway at Valley Falls, in Lake County 

John Day Highway from Prairie City, in Grant County, to Unity, in 
Baker County 


He asked the Commission to confirm these postings. The following resolution 
in regard thereto was adopted by the Commission by unanimous vote: 


WHEREAS, the following roads or highways have been desig- 
nated and declared to be and are state highways, and have been im- 
proved and are being maintained by the State Highway Commission pur- 
suant to the laws of the State of Oregon as state hichways, to wit: 


PENDLETON-JOHN DAY HIGHWAY 
LAKEVIEW-BURNS HIGHWAY 
JOHN DAY HIGHWAY 


AND WHEREAS, the said above-named state highways are, in 
the judgment of the State Highway Commission, being subjected to a 
kind and character of traffic which is damaging and injuring the 
said highways, and, in order to protect said highways against such 
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dissemination of electrical power to private individuals from this circuit. 

It was the Parks Superintendent's thought that the supplying of electrical en- 
ergy to private individuals from this power line might jeopardize the finan- 
cial setup of the Government Recreational Demonstration Project and of the 
C.C.C. Camp that is now working in the state park, and that the proper proce- 
dure for Mr. Kintz to follow would be to apply directly to the National Park 
Service in Washington, D. C., which is the government unit that has super- 
vision over the power line. After considerable discussion the Commission ap- 
proved Mr. Kintz's request by unanimous vote, subject to the condition that 
the government has no objections thereto and the vrocedure is legal. 


The Commission discussed a resolution from Carnenters' Union No. 780 
requesting that a clause be inserted in all future federal, state, county, and 
municinal contracts reading as follows: “that all skilled, semi-skilled, and 
unskilled workers be obtained through lists furnished by the local office of 
the Oregon State Employment Service, and that such action as is necessary be 
taken by the Federal Government and the State of Oregonto secure the use of 
local help from lists of the Oregon State Employment Service, on all opera- 
tions and projects undertaken in this community." The Engineer advised that 
4t would not be practicable to comply with this request, particularly in view 
of the fact that approximately 80 ver cent of the State Highway Department's 
contract work is vartially financed with federal moneys and in connection with 
which work the federal government dictates the policy with respect to the em- 
ployment of labor. He also mentioned other reasons why the Commission should 
not aporove the request. He was instructed by the Commission to prepare a 
letter to the Carpenters' Union setting forth objections to compliance with 
the provisions of this resolution and to present the same to the Commission 
for discussion and approval at its next meeting. 


The Engineer reported on the cost to recondition Lombard Street, 
Portland, between Interstate Avenue and Alma Street, St. Johns, in connection 
with which work the Portland Traction Company has indicated a willingness to 
contribute funds because of the abandonment of its streetcar tracks thereon. 
He stated that this vroject has been investipated from two standnoints, one 
of which is to provide an improvement similar to the Sandy Boulevard improve- 
ment constructed last year and involves the removal of the car tracks, sur- 
facing throughout the entire project, constructing concrete pavement level 
with the top of the rails, and resurfacing between curbs with asphaltic con- 
crete. The other, he said, involves the removal of the car tracks and surfac- 
ing for a portion of the distance only. He estimated the cost of the work un- 
der the first plan at approximately $91,900.00 and that under the second plan 
at approximately #46,000.00, and also estimated the cost of the cooperation 
to be received from the Portland Traction Company at about #14,000.00. He 
gave as his thought that the second plan, costing around $46,000.00, would 
provide a satisfactory improvement. He was instructed by the Commission to 
discuss the matter further with the Portland Traction Company. 


The Ingineer also reported the condition of the Jones Hill-Lena Sec- 
tion of the Oregon-Washington Highway, in Morrow County, on which section the 
Commission has in mind to construct @ light oil surface this coming summer in 
the cvent there are funds available to finance the work. He stated that the 
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full force and effect until modified, annulled or voided by the 
order of the State Highway Commission. 


AND IT IS FURTHER ORDERED, that a notice be posted in a 
conspicuous manner and place at exch end of the above-named high- 
ways and at important crossroads on said highways so that said no- 
tice can be readily seen and read, which said notice shall state 
plainly the limitations and vrohibitions of traffic hereby in this 
order determined and fixed. 


AND BE IT FURTHER ORDERED, that a certified copy of this 
order be furnished to the county clerk of each county in which any 
part of said highways are located, and that a certified copy of 
this order be furnished to the Sunerintencent of the Department of 
State Police for his information. 


The Engineer discussed briefly with the Commission the matter of se- 
lection of projects for the fiscal year 1941 regular federal aid funds. He 
particularly pointed out the necessity to approve a 25 per cent program for 
such funds now if the projects are to be gotten under way and completed during 
the 1940 working season. He vresented a list of projects eligible for such 
program, consisting primarily of city projects, involving an expenditure of 
approximately $1,000,000.00. The Commission deferred action on this matter 
for further ciscussion at a svecial meeting of the Commission which is to be 
held within the next two weeks. 


The Assistant Attorney requested instructions whether to purchase 
the area between the old and new highways at Agate Beach. He advised that the 
tract within the intersection probably can be acquired for approximately #600 
and its accuisition appeared to be very desirable. After consideration and 
examination of the location map, the Commission authorized the taking of an 
option and presentation of the seme for final consideration. 


The Attorney revorted an offer from Mr. Reed Holding to purchase at 
the rate of $2.00 per thousand certain burned timber along the Wolf Creek 
Highway near the Clatsop-Tillamock County line. The Commission deferred its, 
decision in this matter sending a recommendation from the State Parks Superin- 
tendent. In the event the recommendation is favorable and the Commission de- 
cides to sell the timber, then the timber is to be cruised. 


The Attorney also reported a request from Roman Kintz, who has a 
lease of state-owned property at the entrance to Silver Creek Falls State Park, 
for electrical service from the state's electric power line supplying the 
buildings in the park. He said that Mr. Kintz is the state's tenant and that 
he is very desirous of securing electrical service but there are no power 
lines available in that vicinity except that owned by the state. He recom- 
mended approval of the request. The Engineer read aloud a report from the 
State Parks Superintendent on the subject, in which it was rointed out that 
the power line was constructed by the federal government for government and 
state use only and the government has certain restrictions which prohibit the 


and that their vresent procedure is to dump them into the Columbia River at 
Corbett where they maintain dumping facilities. However, these facilities 
will be destroyed when the state undertakes construction of the new highway 
at this point. He recommended, in view thereof, that the vermit requested 
be granted so as to avoid any controversy with the Bridal Veil Timber Company 
relative to the destruction of the company's dock, and to avoid the trucking 
of logs over the Columbia River Highway for much greater distances where the 
curvature is excessive. The Engineer concurred in the viewpoint of the At- 
torney and recommended the pranting of the permit subject to the condition 
that the company will certify that the logs are not to be cut up into shorter 
lengths at the mill and that the company will furnish the customary insurance 
in connection with the transportation of overlength loads. The Commission ap- 
prowd the recommendation unanimously. 


In this connection the Commission discussed briefly the matter of 
holding a public hearing in Portland to discuss matters vertaining to the 
granting of vermits allowing movements over state highways of loads that ex- 
ceed the statutory length-limit of 50 feet, and it wes tentatively decided to 
hold such hearing on the evening before the regular meeting of the Commission 
in March. (This date is to be confirmed later.) 


The Commission considered and signed agreements, et cetera, as fol- 
lows: 


Agreement with Wallowa County, providing for county mainten- 
ance of the Castor Ranch-Joseph Section of the Hurricane Creek 
County Road after construction of the same by the state as a fed- 
eral aid secondary highway project, being project No. FAS 23-C(1) 


Agreement with the City of Bend, croviding for city mainten- 
ance of the South Section of the Butler Market Road (Fast 8th 
Street, Bend) from the intersection of Greenwood Avenue with 
East 8th Street to the north city limits of Bend, after construc- 
tion of the same by the state as a federal aid secondary highway 
project, being project No. FAS 67-A(1). 


Agreement with Deschutes County, providing for county main- 
tenance of the Butler Market Road from the north city limits of 
Bend at Fast Sth Street to the intersection of the Butler Rord 
with the Powell Butte State Secondary Highway No. 371, after con- 
struction of the same by the state as a federal aid secondary 
highway project, being project No. FAS 67-A(1). 


Agreement with Sherman County, providing for county main- 
tenance of a 1.6-mile section of the Wasco-Fulton Canyon County 
Road from a point at the south end of the Fulton Canyon State 
Secondary Highway No. 301 southerly a distance of 1.6 miles, af- 
ter construction of the same by the state as a federal aid sec- 
ondary highway project, being project No. FAS 68~-a(1). 


section has been investigated thoroughly and it has been found that the present 
rock surfacing is unsuitable for light oil treatment. He estimated that it 
would cost about $50,000.00 to stabilize the road and to construct an oil mt 
surfate thereon. The Commission decided that this project is entirely too cost- 
ly to undertake at this time. 


Reconsideration was given by the Commission to the request of Mr. 
Paul Crooks, trustee for contractors Saxton, Looney & Risley, for full relief 
from the penalty under the bond furnished by them in connection with their bid 
submitted on December 8, 1939, for the construction of the Warm Springs Agency- 
Vanora Section of the Warm Springs Secondary Highway, in Jefferson County. 
The Commission decided unanimously to collect the amount of the bond in view 
of the fact that the contractors failed to enter into the contract agreement 
and to furnish a contract bond; however, decided to give the contractors a 
hearing on the matter at the svecial meeting which is to be held in about two 
weeks. The Secretary was instrvcted to notify “r. Crooks the date of such 
meeting. 


The Commission discussed a letter from Rickreall Grange No. 671 and 
a petition from the ladies of the Rickreall Aid Society requesting the in- 
stallation of a traffic signal at the junction of the Pacific Highway West 
with the Salem—Dallas Highway in Rickreall. The Mgineer advised that the con- 
ditions at this intersection have been investigated and, in his estimation, a 
traffic signal is justified. He recommended the installation of an overhead 
flashing beacon costing about $200.00. The Commission approved the recommenda- 
tion unanimously. 


The Commission had under discussion a report from the Ingineer on the 
need for traffic signals at the intersection of the Tualatin Valley Hichway 
with the Scholls Ferry County Roa’ at Sylvan, near the west city limits of 
Portland, as has been sugeested by Mr. Aaron 4. Frank, Portland. The Engineer 
advised thet this intersection has been investigated by the Traffic Engineer, 
who reports that a daneerous condition exists at this location because of a 
very wide intersection, which permits traffic from Portland enroute to points 
along the Schol?s Ferry Road to cross the Tualatin Valley Highway at a very 
flat angle. In fect, he advises that such condition is the nrincipal cause of 
the many accidents that occur at this point. As a solution for this condition, 
he said, the Traffic Engineer recommends the construction of a traffic island 
at the southeast corner of the intersection, which would serve to force traffic 
to take the proper traffic lane, and the installation of two overhead flashing 
: beacons, all of which he entimated would cost about #416.00. He recommended 
¢ approval of the vroject. The Commission approved the recommendation by unani- 
mous vote. 


The Secretary presented a letter from the Bridal Veil Timber Company, 
Portland, reauesting vermission to transport over the Columbie River Highway, 
from its intersection with the Brower County Road to the county road leading 
to Corbett, loads of logs having an overall length of 70 feet, which is 20 feet 
longer than the length limit allowed by statute, so they can fill orders for 
logs that are to be cut up into timbers 56 feet long. The Attorney advised 
that the Bridel Veil Timber Commany has about a year's supply of logs to market 
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Portland, Oregon, February 27, 1940 


The State Highway Commission met in special session at 1:30 o'clock f 
p» m. in the office of Chairman Henry F. Cabell, 1107 Failing Building. Pres- 5 
ent were: 


Henry F. Cabell, Chairman 

E. B. Aldrich, Commissioner 

Huron Wi. Clough, Commissioner 

R. H. Baldock, State Highway Engineer 
J. U. Devers, Attorney 

H. B. Glaisyer, Secretary 


The Commission conferred with a delegation consisting of Mr. Paul 
Crooks, A. H. Saxton, and Theodore Arenz relative to the question of whether 
contractors Saxton, Looney & Risley would be penalized in the amount of their 
bid bond for failure to enter into a contract with the Commission for the con- 
struction of the Warm Springs agency-Vanora Section of the Warm Springs Sec- 
ondary Highway, in Jefferson County, which contract was awarded to them by the 
Commission on December 8, 1939. Mr. Crooks, who headed the group, appesred 
as trustee for the creditors. Mr. Saxton was presert on behalf of the con- 
tractors, and Mr. Arenz appeared on behalf of the Associated General Contrac- 
tors. 


Mr. Crooks made a strong plea for relief from the payment of this oe 
penalty. He alleged that the bonding company that wrote the bid bond in this "s 
instance is not particularly concerned whether such relief is granted or not 
because the company is subrogated against claims and if the company is re- 
quired to pay the amount of the bond then it collects a like amount from the 
contractor as a preferred claimant, after chattel mortgages, et cetera, have 
been satisfied, which simply means that Saxton, Looney & Risley will have to 
pay all of the claims, including the amount of the bid bond, or the creditors 
would have to go unsatisfied. 


Chairman Cabell advised that the Commission rewuires contractors to 
furnish a bid bond for a specific purpose and if the contractor to whom a con- 
tract ig awarded cannot furnish the contract bond then, in his estimation, he 
should be required to pay the penalty, otherwise confusion would develop and 
the Commission would lay itself open for considerable argument in every in- 
stance where a contractor for some reason or other fails to enter into the 
contract agreement. The Commission, he seid, wents to avoid a situation of 
this kind and the establishment of a precedent in the matter and, accordingly, 
is of the opinion that it should ebide strictly ty the established rule and 
by the provisions of the bid bond. Chairman Cabell's remarks were endorsed by 
Commissioners Aldrich and Clough, Mr. Aldrich giving es his thought that any 
deviation from the present practice would establish 4 bad precedent and would 
react to the detriment of the stute and the whole contracting fraternity. 


é 


Mr. Arengz asked the Commission to give the matter thorough considers- 2: 
tion for the benefit of the contractors association which, he said, would ap- 
preciate having the legal status of the matter exposed. After considerable 
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Agreenent with Botsford, Constantine & Gardiner relative to 
the handling of vublicity matters for the state through the 
Highway Department's Trevel and Information Department. 


Application to the United States Department of the Interior 
for extra right of way needed for the improvement of the Columbia 
River Highway in front of the Celilo Indian Village, east of The 
Dalles. 


Bargain and Sale Deed, conveying unto the Methodist Episco- 
pal Church of Tigard two varcels of land, each containing 20,000 
souare feet, and being situate in tracts 3 and 4 of Tigard High- 
way Tracts, Washington County, being right of way transaction 
No. 7005. 


The Commission discussed the setting of a date for an interim meet- 
ing to be held before its regular March meeting, for disposal of accumlated 
routine matters, and decided to hold such meeting on Tuesday, February 27, 
1940, in Portland. 


There being no further business to come before the Commission at 
this time, the meeting was adjourned at 4:45 o'clock p. m. 


—ldopey £, Coble 


/ 
JA Lo IPotte  — — God 
' State Highway Incineer Commissioner 
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trade agreement if possible for acquisition of timber and land situate in the 

SE} of the SE} of Section 3, and in the N} of the NE¢ of Section 10, T. 4 N., 

R. 7W., W.M., Clatsop County, trading for the same, if possible, burned tim- 

ber situate in Section 33, T. 4 Ney R. 7 Wey Wee, Clatsop County, and in Sec- 
tions 3 and 4, T. 3 N., R. 6 ., i.M., Tillamook County. 


Discussion of the Elsie-Jewell Road was deferred until the evening 
session of the Commission in Seaside. 


At 8:30 o'clock p. m. the Commission resumed its meeting in the 
parlor of the Seaside Hotel with all Commissioners, the State Highway Engineer, 
the Attorney, and the Secretary present. Also present were Messrs. Ivan Oakes 
and Jack Shirley, representing the Works Progress Administration. 


The Commission discussed at considerable length matters pertaining 
to the acquisition of timber lands, approximately 1900 acres, along the Wil- 
son River Highway, particularly between the summit of the Coast Range and e 
point about three miles west of McNamer's Camp, which timber for the most 
part is owned by the Consolidated Timber Company. Mr. Parker, right of way 
buyer, reported about 100 million feet of timber involved in this transaction, 
of which amount he estimated approximately 10 million feet as being merchant- 
able, burned timber. He also reported that the Consolidated Timber Company 
is asking $25,000 for all of its timber on the tracts under discussion, includ- 
ing both burned timber and green timber and the land. The Engineer pointed 
out that much of this burned timber is located near the highway and will be- 
come a serious hazard to traffic when the highway is opened for public use. 
It was his thought that such timber should be felled so as to eliminate this 
hazard and suggested that such work be done as a W.P.A. project. Mr. Oakes 
gave as his thought that the project is eligible for W.P.A. funds and stated 
his willingness to submit the matter to authorities in Washington, D. C. 


The question then arose whether or not the timber felled and cut in- 
to logs and cold-decked by W.P.A. forces could be disposed of later to the 
benefit of the state. Mr. Oakes stated that he did not believe that the gov- 
ernment would approve an arrangement of that kind. after considerable discus- 
sion, the Engineer was instructed by the Commission to direct a letter to Mr. 
E. J. Griffith, W.P.A. Administrator for Oregon, outlining the entire matter 
as discussed at this meeting and to secure from him a letter in regard thereto 
from which the Comaission will determine the advisability of spending $25,000 
of state funds to purchase this land and timber on the chance that the state 
will benefit later on by the sale of the timber that is felled and cold-decked. 
The matter is to be reconsidered by the Commission at its meeting on March 21 
in the event Mr. Griffith's reply is received by that time. The Attorney was 
authorized and instructed to negotiate with the owners of the property on such 
basis, securing options, if possible, and to report the results of his efforts 
at the Commisgion meeting scheduled for March 21. 


The Commission, by unanimous vote, approved the minutes of the meet- 
ings held on November 1, 2 & 3, November 20 & 21, December 7 & 8, and Decem- 
ber 20, 1939. 
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discussion the conference was concluded with a statement by Chairman Cabell 
to the effect that the Commission would take definite action in the matter 
within the next few days. The Attorney was instructed, in the meantime, to 
investigate the contractor's application for his bid bond to ascertain vhe- 
ther or not the bonding company is a preferred creditor. 


Mr. C. E. Fritts, Traffic Engineer of the State of Washington, was 
present and discussed with the Commission the suggestions offered by the Ar- 
row Transportation Company, Portland, that a reciprocal agreement be arranged 
between the States of Oregon and Washington providing for the transportation 
of oversize vehicles between Umatilla, Oregon, and the Washington state line, 
particularly vehicles having an overall length in excess of the length limit 
specified by the Oregon statutes. Mr. Fritts stated the willingness of his 
department to cooperate with the State of Oregon so far as possible. Chair- 
man Cabell pointed out that the legal length limit in the State of Oregon is 
50 feet whereas in the State of Washington it is 60 feet. He gave as his 
thought that the Oregon Highway Commission is not in a position to enter in- 
te a reciprocal agreement for movements that do not comply with the law, par- 
ticularly in view of the fact that the Oregon Legislature, in its 1939 ses- 
sion, saw fit to retain the present 50-foot maximum limit by voting down the 
bill that would have authorized loads of longer length. 


The matter was discussed at some length during which opinions were 
expressed that it would not be proper nor legal to enter into any such recip- 
rocal arrangement. 


The Commission also discussed briefly with Mr. Fritts the matter of 
granting special permits for the transportation over state highways of loads 
of logs having an overall length in excess of the statutory limits. Mr. 
Fritts advised that the State of Washington does not have much difficulty in 
this respect due to the fact that the legal length limit in Washington is 10 
feet longer than it is in Oregon; also the Washington law is more liberal than 
the Oregon law and permits are granted for excessive length loads without 
hesitation, if the width and curvature of the highway will permit same without 
undue hazard to other traffic. 


The conference was concluded at 2:30 o'clock p.m. following which 
the Commission motored to Seaside, via the Wiolf Creek Highway, inspecting en- 
route certain timber strips which the Commission is contemplating acquiring; 
also inspecting the county road between Elsie and Jewell which Clatsop County 
Court desires designated as a state secondary highway. Present on this trip 
were Chairman Henry F. Cabell, Commissioners £. B, Aldrich «nd Huron Wi. Clough; 
R. H. Baldock, State Highway Engineer; J. M. Devers, Attorney; H. B. Glaisyer, 
Secretary; Cleire Parker, Right of Way Buyer; and others. 


Mr. Parker pointed out timber tracts for which negotiations are now 
being carried on ani also the tracts of burned timber for which the Commission 
has received an offer ts purchase. The Commission authorized the Attorney to 
secure options for the purchase of the following described tracts: NS of the 
WW} of Section 11; that portion of the S} of the Mig of Section 11 which lies 
south of the highway; and the SWt of the SE; of Section 3, all situate in 
T. 4 No, R. 7 Wey Welle, Clatsop County. He was also instructed to arrange & 


27 1940 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 
em, 0 


7759-Oregon State Maintenence Hdgrs. 3.934 $212 per a. DeSouza 
Board of Control 


ch-Ne regon Coast Hi 
7842-Williams, Fred A. — 11,000 sq.ft. 53¢ sq. ft. McCallister 


(Approximately) 
cky Cre ction - Oregon Coast 
5814-Brewster, J. R. 2307 sq.ft. 35¢ sq.ft. plus 
$42.55 McCallister 
c e Grove Section - Pacific Highw. 
a ee Oil Company of B/W 4211 sq.ft. 20¢ sq.ft. plus Benson 
California $3692.50 
Rosebur, c - Pacific Highw 
7695-Douglas County Maintenance Site (1 lot) Lump Sum $114 Benson 
4,000 sq.ft. 
ii ction - W am cond Highw 
Yocum, I, J. amd Geo. Fry 0.73 Land Gratis, plus 
$61.00 McCallister 
C c L as Section - W s Hi 
7803-Grizzly Livestock & / 2.11 $10 per a., plus Benson 
Land Company £24.00 
7802-Keenan, Mary n 325 sq.ft.$2.00 per a., plus ® 


& 10.4 a. $195.00 
Brownsville-Crawfordsville Section - Halsey~Sweet Home Highway 


7751-Winsted, Russell E. Drainage ditch 0.03 Gratis Eason 
easement 
Crooked River- lle Section -— Ochoco h 
7640-Johnson, Columbus J. R/ii 1.32 Gratis, plus fencing Benson 
Estate 
7822-Poindexter, Isabella Haul Koad 0.26 l-year easement -$25 " 
Easement 


uenonte-Grook County Line — serp Springs snes 
7800-Jefferson County 19.89 6.77 a. at $5.per a. Benson 


13.12 a. at $2 per a. 


7801-McCoin, Hazel n (4 lots) 
17920 sq.ft. Lump sum $5.00 bd 
er Hill Section - n Coast 
7824-Davidson, Geo. Vi. Estate 2 lots 5fé/sq.ft. plus $200 Benson 


(6000 su.ft.) 


The Assistant Attorney reported the status of the 1940 budget for 
property purchases. He advised that the Commission approved for expendi- 
ture in 1940 the sum oi $600,000 for such purpose, of which amount $245,000 
has been obligated. The Commission approved the report. 


The Attorney requested authority to acquire certain parcels of real 
property that are needed for various improvements throughout the state. He 
submitted a list of such properties together with prices that he recommended 
be paid for each. after careful consideration of each item the Commission ap- 
proved the request and, by unanimous vote, adopted the following resolution 
in regard thereto: 


WHEREAS, in connection with the further improvement of 
the highways hereinafter designated, it is and has been necessary 
to acquire property for right of way, quarry sites, gravel or other 
material sites, or sites for the storage of materials, as herein- 
after more definitely set forth; and 


WHEREAS, as a result of negotiations carried on with the 
owners of the property required, options have been obtained, which 
options have been considered by the Commission, outlining the bases 
of settlement which have been agreed upon, end 


WHEREAS, it is the judgment of the Commission that the 
said options should be approved and accepted, and/or the said re- 
ports be declared acceptable to the State Highway Commission as 
bases of settlement for the properties involved, and that the ac- 
quisition of the properties should be completed: 


NOW, THEREFORE, BE IT RESOLVED that the several offers, or 
bases of settlement hereinafter enumerated be, and the same hereby 
are, approved and accepted, and thet the Attorney for the State High- 
way Commission be, and he hereby is inst: “ted to complete the ac- 
quisition of the said properties and ¢ ake title thereto in the 
name of the State of Oregon. The said .roperties hereby ordered and 
authorized to be acquired are as follows: 


Section, Hwy., and Owner Purpose acres Approximate Amounts Agent 

gp-eager, Clyde Ee RA 1367 ea. fte 

7439-Yeager, Clyde E. 1367 sq.ft. 23¢ sq.ft.plug $10 McChesney 

1,40-Welch, A. R. » 187%, * 2 ea " $10 " 
ction - Wolf Creek 


Park 153.2 $5.00 per a., plus Parker 
faxes (1941) 


smbard-Killingsworth Se Ba fe} : 
5448-Gradt, Rebecca C. A ie ae ny Saaemaen deed 
$5.00 McChesney 
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Umpque to deposit certain spoil from dredging operations in the Umpqua River 
at Reedsport on state-owned property adjacent to the Oregon Coast Highway at 
this place. (Agreement covering the matter was signed by the Commission on 
the following dey.) 


The Attorney brought up for discussion the matter of purchasing from 
Mr. J. T. Hafner certain lease privileges that he enjoys om property acquired 
by the state at the entrance to Silver Creek Falls State Park, Marion County. 
He explained that Mr. Hafner secured a lease from the prior owner to operate 
a dance hall on this property, which lease does not expire until June of 1941 
but he is willing to surrender his lease if the state will pay him $125 and 
will permit him to remove his buildings from the state's property. He gave 
as his thought that it would be to the state's advantage to settle with Mr. 
Hafner on such basis, which would remove this undesirable business from the 
state park and recommended approval of such settlement. The Commission ap- 
proved the recommendation unanimously. 


The Engineer requested authority to submit to the Public Roads Ad- 
ministration a partial program for the 1941 Regular Federal Aid Funds. He 
submitted a list of projects eligible for such funds from which the Comnis- 
sion, after careful study, selected the following for such partial program: 


PROJECTS FOR 1941 REGULAR FEDERAL AID PARTIAL PROGRAM 


: Estimated 

County Highway Section and Kind of Work Cost 

DIVISIONS #1 2 
Multnomah Columbia River Troutdale-Dodson G. $ 260,000 
*Clatsop & Coast Hug Point-Manzanite 8.7 mi. S.,B-11 110, 000 
Tillamook 
Clatsop Coast Astoria 0.3 mi. G. &P. 40,000 
Columbia Columbia River Rainier P. 30,000 
Benton Pacific Vest Corvallis-South & North P. 40,000 
DIVISION #3 
Curry Coast Brookings 0.7 mi. G.& Bit.M. $ 70,000 
Josephine Pacific Grants Pass-Green 0.7 mi. G. &P. 30,000 
Creek, East Unit 
Coos Coast North Bend-Mershfield, G. & P. 80,000 
North Unit 
*Josephine Pacific Sexton Mountain G. 248, 000 
Coos Oregon Coast Bandon 0.6 mi. G.& Bit.M. 40,000 
DIVISION 
Wasco Sherman Shaniko-Cow Canyon, S. &0. § 60,000 
. East Unit 
Lake Dalles-—Calif. Horse Ranch G. S. &0. 30,000 
Crook Prineville G. &P. 40, 000 
(continued) 
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Approximate Amounts Agent 


$100 per a.,plus $54.50 Wells 
0.48 a. at $100 per a. 
0.48 a. at $50 per a. 
plus $30.75 
7726-Whitman, J. D. 1031 sq.ft. 3¢ sq.ft. plus $169.07 
plus fencing 


t t — = 
ie sete Land Board Maintenance Site 35.5 $2.50 per a. Parker 
= Wi. 
eee Seatia W. and R. - 1060 sq.ft. 5é sq.ft. plus $10 Gardiner 
n 
n 


5339-Edmonds, Laura A. ” 1446 " © 5¢ sq.ft 

5337-Henry, Harriet A. n 1100 " " 5¢ sq.ft. 

5318-McDuffee, Laura n 6000 " " $0,0416 sq.ft. plus 
$18.00 " 


The Assistant Attorney brought up for discussion the matter of the 
overlap in the deed given by Clatsop County Court to the state for a stock pile 
site located in the SE} of the SW} of Section 15 and in the NE} of the Mit of 
Section 22, T. 7 N., R. 10 W., W.M., Cletsop County. He recalled that at the 
previous meeting the Commission authorized deeding back to the county that por- 
tion of this site that overlaps property that the county previously deeded to 
an individual, provided that could be done without adversely affecting the re- 
maimier of the tract. He advised that the County Court has suggested that the 
matter be disposed of by a correction deed containing a proper description of 
the tract. He recommended approval of the suggestion in which recommendation 
the State Highwey Engineer concurred inasmuch as the area involved is small 
and is not absolutely needed by the state. The Commission thcreupon ordered 
the matter handled in such manner. 


The Assistant Attorney also brought up for discussion matters per~ 
taining to the acquisition of right of way from Albert Hoffarber at Tigard. 
He explained that Mr. Hoffarber owns two tracts, on one of which he conducts 
@ service station and on the other a store business, and that Mr. Hoffarber 
consented to deed to the state right of way that the state needed across these 
holdings; in fact, gave the stete two options to purchase at $1.00 each. 
However, before the transactions were closed he sold nis holdings to a Mr. C. 
A. Donnelly, a condition of the sale being that Mr. Donnelly would honor the 
options given the state. Mr. Donnelly, he said, refuses to recognize the op- 
tions and will not deed the right of way to the state unless he is paid the 
sum of $750. He recommended that the Commission refuse to deal with Mr. Don- 
nelly on such basis and that he be authorized to do what is necessary to force 
Mr. Donnelly to deed the right of way to the state in accordance with the terms 
of the options and the condition in his deed from Mr. Hoffarber. The Comnis- 
sion approved the recommendation. 


The Commission discussed and approved the request of the Port of 
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advised that he plans to submit to the Commission at its March meeting a full 

report on the Front Street project, including estimates of cost of right of 4 
way and construction. The Commission decided, after discussion, not to di- a: 
vulge to anyone information assembled in regard to right of wey and construc- ie 
tion until the Commission has had an opportunity to study the report. 


The Commission also discussed the matter of granting permits fcr 
transportation over state highways of logs, poles and piling, the overall 
length of which, including the equipment, exceeds the limit specified by stat- 
ute. The matter was discussed from three stahdpoints: first, that of grant- 
ing permits for loads that exceed the statutory length limit by only 3 or 4 
feet; second, movements of piling or long logs that are not to be cut into 
small lengths at the mill; and, third, movements of long logs which are to be 
sawed into shorter lengths at the mill. A decision on the matter was deferred 
pending a conference with interested operators, which was tentatively sched- 
uled for the evening of Wednesday, March 20, 1940, prior to the regular meet- 
ing of the Commission on Merch 21. It was decided, in the meantime, that 
Chairman Cabell should discuss the matter with Governor Charles A. Sprague 
and that the Attorney should prepare a form of application for permits cover- 
ing such movements. 


The Commission reconsidered the matter of granting contractors Sax- 
ton, Looney & Risley relief from payment of the penalty for failure to execute 
the contract agreement and furnish the contract bond in connection with the 
Warm Springs Agency-Vanora project on the Warm Springs Highway, which contract 
was awarded to them on December 8, 1939. After discussion, the Commission de- 
cided unanimously to collect from the contractors the full amount of the bid 
bond. The Attorney was instructed to make a demand on the contractors and 
their surety for such psyment. 


The Commission also reconsidered « resolution from Clatsop County 
Court requesting the designation of the Elsie-Jewell County Road as & second- 
ary state highway. Involved in this discussion was the question of whether 
or not, if the Commission takes over this road, jurisdiction should include 
both branches of the road where it connects with the Wolf Creek Highway. Al-~ 
so, whether or not the Commission should accept the road in view of the fact 
that a portion of the right of way is only 40 feet wide and there are certain 
building encroachments thereon. The Commission decided that so far as the 
right of way is concerned it would not object to the 40-foot width because 
the alignment will have to be revised at some future date. As to the encroach- 
ments, the Commission thought the County Court should see to it that such are 
removed before the state takes the road over. The Attorney was instructed to 
investigate the records as to title to the right of way. The Engineer was in- 
structed to make further detailed investigations and to ascertain from the a 
Tidepoint Logging Company how long it expects to operate in this vicinity and 3 
how much it will cost to revise its guy wires which now extend over and en- 
croach upon the present right of way. He was also instructed to report to the 
Commission the estimated cost to bring the present road to satisfactory sec- 
ondary state highway standards and the cost to construct an alternate connec- 
tion between the Wolf Creek Highway near Elsie and the Nehalem Secondary State 
Highway at a place known as Fish Hawk Falls. 
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1941 Regular Federal Aid Partial Program (continued) 


Estimated 
County Highway Section and Kind of Work Cost 
DIVISION #5 
Umatilla  Oregon-Yash. Pendleton-Adams 11.0 mi. Bit. Me $ 134,500 
*Grant John Day Goose Rock 85,000 
Umatilla Oregon-Wash. Milton 0.5 mi. G. &P. 25,000 
Umatilla Oregon-liash. Pilot Rock 0.5 mi. G.& Bit.M. 25,000 


* To be contracted in fall of 1940 


The Engineer was thereupon authorized to submit the projects to the Public 
Roads Administration for approval. 


The Engineer reported briefly on matters pertaining to the use of 
wooden stave pipe in highway culvert construction. He recalled that the Com- 
migsion at a meeting held on November 21, 1939, ordered the purchase of a quan- 
tity of such pipe for use on highwey work, provided the pipe were constructed 
in conformance with certsin specifications that would provide a strength com- 

to metal pipe, however, the manufacturers of the wooden pipe now of- 
fer objections to the state advertising for bids on their pipe in accordance 
with these specifications because they feel that it would have a bad effect 
on their business inasmuch as the specifications call for more metal bands 
than they are accustomed to using. He requested instructions from the Commis- 
sion whether or not to change the specifications and recommended adherence to 
the specifications as written. The Commission approved the recommendation 
unanimously. 


The Engineer also reported briefly on the amount of culvert pipe of 
various types that has been purchased by the Commission during the period 
October 15, 1933, to January 13, 1940, which report the Commission approved 
and ordered filed. 


The Commission also approved, by unanimous vote, the plan submitted 
by the Engineer for the landscaping of the maintenance headquarters grounds 
at Medford and authorized an expenditure of approximately £2,175 of state 
funds to pay for the work. 


Commissioner aldrich brought up for discussion the matter of preser- 
vation of timber strips along the Pendleton-John Day Highway in the vicinity 
of Camas Creek and Ukiah, in view of the increased logging activities in this 
vicinity. It was his thought that investigation should be made to determine 
whether or not it would be advisable to acquire some of this timber for future 
use and enjoyment by the general public. The Engineer was instructed to have 
the State Parks Superintendent make such investigation. 


The Attorney reported the progress that is being made in the appreis- | 
al of property along Front Street, Portland, where it is planned to construct 
an arterial highway. He ssid that practically all of the appraisals have been 
made and that he has been requested by one of the City Commissioners to fur- 
nish him with the information assembled. In this connection the Engineer 
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for school buses. The Engineer advised that the school district proposes to 
construct a concrete curb along the highway for a distance of about 200 feet 
and to pave the area between the curb and the existing highway pavement, and 
that such work will be done as a W.P.A. project at no expense to the state. 

He recommended approval of the request subject to the condition that the con- 
crete curd is constructed not more than two feet from the edge of the exist- 
ing sidewalk and that the parking of school buses be confined to a strip eight 
feet wide measured from the curb. The Commission approved the recommendation 
unanimously. 


The Commission tentatively approved a form of permit prepared by the 
Attorney authorizing the construction by CCC forces of a sidewalk along the 
1.0.N. Highway in the town of Jordan Valley, it being understood that the 
state will be put to no expense in connection with the construction of this 
walk and that the walk will be placed in a location satisfactory to the State 
Highway Engineer. 


The Engineer reported on the cost to oil the unoiled section of the 
Newberg-Yemhill Secondary State Highway No. 151 as has been requested by resi- 
dents of that district. He advised that the unoiled section is 4.6 miles 
long and that it would cost about $4,300 to construct @ light oil surface 
thereon similar to that on the adjacent sections; however, 4 more substantial 
improvement, using a crushed rock base course, would cost about $10,000. He 
further advised that this is a meritorious project and recommended the same 
for construction later on in the year in the event sufficient savings accrue 
from maintenance operations to finance the work. The Commission approved the 
recommendation. 


The Commission discussed briefly a complaint from residents of 
Charleston, Oregon, concerning the disposal of drainage water from the Cape 
Arago Secondary State Highway near its intersection with Roosevelt Boulevard 
in the town of Charleston, Action on this matter was deferred by the Commis- 
sion pending further investigation and report. The Engineer was instructed 
to have Maintenance Engineer J. N. Bishop give this matter his personal atten- 
tion. 


The Commission considered and ordered filed a report from the Engi- 
neer on projects that have been authorized for construction during 1940, using 
state funds exclusively to finance them. 


The Commission reconsidered the claim of Mr. R. Allen, owner of Al- 
len's Cash Grocery, Marshfield, for damages that he alleges he incurred by rea- 
son of the construction of the Bunker Hill Section of the Oregon Coast Highway, 
Marshfield. In this connection the Attorney advised that he has gone into 
this matter thoroughly, as instructed by the Commission at the last meeting, 
and is of the firm opinion that the state is not liable for the damage. He 
recommended that the claim be denied. The Commission approved the recommenda- 
tion and instructed the Attorney to inform Mr. Allen that his claim is not one 
for which the state is liable, hence the Commission is without authority to 


expend state highway funds in payment thereof. 
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The Commission discussed a report from the Engineer on the matter 
of authorizing the planting of trees along the Hillsboro-Silverton Secondary 
State Highway No. 140 at the south approach of this highway into the city of 
Mount Angel, particularly in front of the Academy of the Benedictine Sisters. 
The Engineer advised that the right of way at this point is only 60 feet wide 
which is too narrow to allow for the proper development of tall evergreen 
trees such as have been suggested, but the church people have agreed to se- 
cure easements from the property owners for extra right of way as may be re- 
quired if the state will furnish and plant the trees. He estimated that the 
state's expense in this undertaking would not exceed $1,000 and recommended 
approval of the project. The Commission approved the recommendation unani- 
mously. 


The Commission considered and denied the request of the School Board 
of Mosier, Vregon, for the construction of guard fence along the Columbia 
River Highway in front of the Mosier School, it being the opinion of the Com- 
mission that such fence construction would be of no particular benefit to the 
state highway, and that the protection of school children is primarily a func- 
tion of the school district. 


The Engineer reported on the cost to complete the reconstruction of 
the Hood River Secondary Highway from Dee to Parkdale, in Hood River County, 
a distance of 5.3 miles. He estimated such cost at $143,000, based on the 
reconnaissance survey made by Locating Engineer J. F. ‘ialler. It appeared to 
the Commission that such project is too costly to undertake at this time. 
However, a definite decision was deferred pending further study and report by 
the Engineer, which report is to include an economic analysis of the road. 


The Commission discussed a letter from the Baker County Taxpayer's 
League protesting the proposed rerouting of the Old Oregon Trail through the 
town of Haines which rerouting, they allege, will destroy their community 
park. The Engineer pointed out that the contract for the highway improvement 
has already been awarded and it is now too late to make any change in the 
plans; furthermore, in his estimation, the park will be damaged only very lit- 
tle, if at all, inasmuch as only a small portion of the park property is be- 
ing taken. He recommended denial of the request. The Commission approved 
the recommendation. 


The Commission discussed a report from the Engineer on the cost to 
widen the Sylvan-Beaverton Section of the Tualatin Valley Highwey for four | 
lanes of traffic, as has been requested by residents of that district. The | 
Engineer edvised that this section is four miles in length and that new right | 
of way would have to be acquired for about one-half the distance to accomo- | 
date concrete pavement 44 feet wide, and estimated the cost of the improve- | 
ment at $172,000. The Comnission deferred its decision in this matter pend- 
ing further report from the Engineer based upon constructing the 4-lane pave~- 
ment on the present right of way. ‘ 


The Commission discussed the Engineer's report on the request of 
McLoughlin Union High School, Milton, Oregon, for permission to construct on 
state highway right of way in front of their school grounds a parking area 


men from his own organization rather than be required to build up an entirely 
new organization for each job. He recommended denial of the request. The 
Commission approved the recommendation and instructed the Engineer to advise 
:— Carpenters and Joiners Union of the action taken, giving the reasons there- 
or. 


The Engineer requested authority to conduct an experiment on the 
Lebanon-Albany Section of the Santiam Highwey providing for the stabilization 
of this road by reconstructing the same under several different specifications. 
He explained briefly that he has it in mind to try out four or five different 
types of improvement” over a 2-mile section, and estimated the cost of the en- 
tire project at approximately $35,000. The Commission appeared favorably in- 
clined toward this project but deferred definite action pending further inves- 
tigation and report by the Engineer. 


A letter was presented from County Judge David F. Graham, Malheur 
County, suggesting that the Highway Commission remove from the secondary high- 
way system the Vale West Seconaary Highway (Graham Boulevard) and substitute 
therefor the county road known as the Sucker Creek Road, which extends south 
from the Nyssa-Adrian Seconiary State Highway to Jordan Valley. The Commis- 
sion denied the request, it being considered that this road does not meet the 
state's secondary highway requirements. 


The Commission discussed informally matters pertaining to the con- 
troversy with Mr. 0. &. Powell relative to the construction of standard drive- 
ways into his service station adjacent to the Pacific Highway just north of 
Hubbard, in Marion County. The Commission referred the matter to Chairman 
Cabell with full power to act. 


The meeting was adjourned at 11:45 o'clock p. m. with the under- 
standing that unfinished business would be disposed of on the following day 
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Enroute Seaside to Portland, February 28, 1940 


The following matters had the ettention of the State Highway Com- 
mission enroute from Seaside to McNamers Camp, on the Wilson River Highway. 
Present and entering into discussions were Chairman Henry F. Cabell, Commis- 
sioner Huron W. Clough, State Highway Engineer R. H. Baldock, Attorney J. M. 


The Engineer requested instructions relative to building encroach- 
ments on the Moody Tollbridge State Highway which extends a distance of about 
one-half mile south from the Columbia River Highway, just west of the Des- 
chutes River Bridge, and connects with the county road at its southern ex- 
tremity. He advised that this road is the shortest highway on the state high- 
way system, end was designated a state highway simply as a convenience to the 
motoring public pending construction of the Columbia River Highway between 
The Dalles and the Deschutes River, so as to obivate the necessity of motor- 
ists paying a toll to cross the Moody toll bridge. He said that the road is 
of no value from the state highway standpoint although it provides a connec- 
tion to the highway for the county road and would be valuable to the county 
from that standpoint. Also, that the right of way near the Columbia River 
Highway Junction is being occupied by a service station. He questioned the 
advisability of the Commission taking any action toward the removal of the 
service station buildings at this time and suggested, as an alternate, that 
the road be taken off the state highway system and turned over to the juris- 
diction of Wasco County, which would require appropriate action by the Legis- 
lature. The Commission concurred in the viewpoint of the Engineer and there~ 
upon instructed the Attorney to prepare appropriate legislation for presenta- 
tion t~ the 1941 Legislature. 


The Commission considered and ordered paid the invoice from the 
Western Association of State Highway Officials, in the amount of £25, repre- 
senting the dues of the State of Oregon in such association for the year 1940. 


The Secretary presented the written opinion of the Attorney General 
with respect to the authority of the State Highway Commission to execute a. 
form of easement submitted by the United States of America, through its Bon- 
neville Power Administrator, pertaining to the construction of power trans- 
mission pole lines across state highways. It was pointed out that, according 
to this opinion, the State Highway Commission is authorized to enter into 
such proposed agreement if it so desires, provided the agreement includes pro- 
vision to the effect that if executed by the Commission it will vest in the 
United States of America authority only to cross over the highway and does 
not in ary way vest in the government authority to occupy right of way longi-~ 
tudinally. The Commission ordered the opinion filed. 


The Commission discussed a resolution from the Carpenters and Join- 
ers Union of Astoria, requesting that there be inserted in future state high- 
way contracts a clause providing that contractors shall obtain their labor 
through the local offices of the Oregon State Employment Service. The Engi- 
neer advised that there are numerous reasons why the Commission cannot re- 
quire contractors to obtain their labor from such sources, the most important 
reason being that about 80 per cent of the state contract work is Federal Aid 
work in connection with which the Federal Government dictates the policy with 
regard to the employment of labor, the federal policy being tq require that 
only unskilled labor shall be secured from local employment offices. It has 
been the policy of the State Highway Department, he said, on the 
20 per cent of its work to follow the same policy, partly for the sake of 
uniformity and partly because from experience it has been shown that the work 
could be done much cheaper if the contractor were allowed to select his key 


The Engineer brought up for discussion the matter of substitution 
of roadside improvement projects in the 1939 Federal Aid Landscaping Program. 
He advised that this program now includes two projects, as follows: 


North Powler-Muddy Creek Project, estimated to cost $4,800.00; 
Central Point -Medford Project, estimated to cost $4,000.00. 


Further, that he has been unable to agree with the Public Roads Administration 
as to certain work in connection with the North Powder-Muddy Creek Project, 
particularly the rounding of slopes and certain grading work, so it appears 
that this project cannot be underteken; also, that there is not sufficient 
moisture available for plant growth on the Central Point -Medford Project and 
the cost to construct an irrigation system for this special purpose is not 
justified. He recommended, in view of the circumstances, the substitution of 
the following projects in this program: 


Ontario-Snake River Section (1.28 miles - estimated cost $4,000) ; 
Middleton-Newberg Section (5.5 miles - estimated cost $6,000). 


The Conmission approved such substitution of projects. 


The matter of a garbage dump that is being maintained adjacent to 
the Corvallis-Eastside Secondary State Highway between Albany and Corvallis 
had the attention of the Commission, said matter having been reported by the 
school board having charge of the school located about one-quarter mile east 
of said dump. The Engineer advised that this matter has been investigated and 
it has been found that the dump is being maintained on private property owned 
by G. S. and L. Fexson who are selling their property under contract to a Mr. 
F. A. Lutz of Albany who, it appears, is operating the dump. Further, that 
the property involved is not a part of the right of way of the highway, hence 
is not umder the control of the Highway Commission. The Attorney advised that 
he has been urable to find in the statutes ary authority for the Highway Com- 
mission to abate this nuisance. He suggested that it would be proper to call 
the matter to the attention of the county health authorities. The Commission 
approved the suggestion and referred the matter to the Attorney to handle. 


The Secretary presented a resolution from the County Court of Des- 
chutes County in which the county elects to take over, as a county road, a 
portion of the Redmond-Bend Section of The Dalles-—California Highway which was 
abandoned by the State Highway Commission on July 29, 1937, the highway hav- 
ing been reconstructed on other alignment. He also presented a resolution 
from the County Court of Marion County in which the county elects to take 
over as a county road a portion of the beaverton-Aurora Secondary Highway whic: 
was abandoned by the State Highway Commission, by resolution, on December 27, 
1935, when the highway a% this point was reconstructed on other alignment. 
The Commiseion approved the resolutions and ordered them filed. 


The Commission had under discussion a letter from Mayor George K. 
Aiken, Ontario, suggesting the erection of a large sign on the right of way 
of the John Day Highwey about six miles southwest of Ontario, where the Mal- 
heur irrigation siphon crosses this road. It was Mr. Aiken's thought that 
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Devers, and Secretary H. B. Glaisyer. Commissioner E. B. Aldrich was excused. 


Request from the Gold Hill Garden Club for the construction of a 
sidewalk on the bridge over the Rogue River on the Pacific Highway at Gold 
Hill:- The Engineer estimated the cost of a 3}-ivot timber sidewalk, 444 feet 
long, at $1,887.00. A decision in this matter was deferred by the Commission 
until its next meeting. 


A letter wes presented from Morrow County Court renewing its request 
for the following improvements: 


Completion of the improvement started last year on the Wasco- 
Heppner Secondary State Highway between Heppner and Rhea Creek; 


Oiling the Oregon-Washington Highway between a place known as 
Hanne and Lena; 


Designation, as a state secondary highway, of the county road 
which extends from the Lexington-Echo Secondary State Highway, up 
Butter Creek a distance of about 3 miles, to Pine City, which sec- 
tion was oil surfaced last year by the state as a federal aid see- 
ondary highway project. 


Designation, as a state secondary highway, of the county road 
extending from the Columbia River Highway to Patterson's Ferry. 


The Secretary was instructed to inform the County Court that the Commission 
expects to complete the Heppner-Rhea Creek project in the 1941 program for 
federal aid secondary highway funds; further, that recent investigations of 
the Oregon-Weshington Highway project reveal that there is insufficient rock 
on the rosd to warrant an oil treatment but the Commission will authorize the 
Engineer to advertize for bids later on in the year for the furnishing of ma- 
terials to stabilize the road in the event there are savings in the mainten- 
ance budget that can be used to finance the work, which would then make it 
possible for the Commission to do the oiling work the following year. The 
County Court's request for the designation of the Pine City Road and the Pat- 
terson Ferry Road es secondary state highways was deferred by the Commission 
for future consideration. 


A letter was presented from the Whitaker Community Club, Portlami, 
inquiring as to when the Commission expects to complete the construction of 
the Lombard Street extension of the Northeast Portland Secondary Highwey, par- 
ticularly between Northeast 20th Avenue and Northeast 72nd Avenue; also, re- 
questing the construction of safety islands on this highway at its intersec- 
tion with 52nd Avenue for the benefit of the many school children who are ob- 
liged to cross the highway at this point. The Engineer advised that the Com- 
mission has already tentatively provided in its program for 1941 federal aid 
funds for the paving of the 4-mile section of this road. The Secretary was 
instructed to so inform the Community Club. The request for the installation 
of sefety islands at 52nd Avenue wes referred to the Engineer for investige- 
tion. 


BEFORE THE PUBLIC UTILITIES COMMISSIONER OF OREGON 


ee 
In the matter of the application of the ) 
State of Oregon, by and through its State ) 
Highway Commission, for authority to erect ) 
reflectorized railroad crossing signs at ) PETITION 
the highway grade crossing of highway over ) 
railroad in ) 
Section » Township » Range ) 
County, Oregon. ) 


Your petitioner respectfully represents and shows the fol- 
lowing facts: 
I. 


That is the owner and operator of a rail- 
road in County, which railroad is not a comnon carrier railroad, 
and which railroad crosses at grade e public highway known and des- 
ignated as » and which grade crossing is located in 

of Section » Township Range in 

County, Oregon. 


II. 


That the owner of said railroad with the approval of the 
Public Utilities Commissioner has erected and has been for some time 
maintaining railroad crossing signs which consist of standard tim- 
ber cross-buck signs. 


III. 


Theat said highway is 4 highway under the juris- 
diction of and the cost of the construction of the 
project which involves said grade crossing is to be borne in part 

and in part by the Federal Government. 


IV. 


That Section 8 of the Hayden-Cartwright Act of June 16, 
1936, and emendments thereof, by which there is made available by 
the Federal Government funds for highway construction in the State 
of Oregon contains the following provision: 


"That no part of the appropriations hereafter made 
for the purpose of carrying out the provisions of the 
Federal Highway Act, or any acts amendatory thereof, or 
supplementary thereto, shall be approved for expenditure 
on any highway unless proper safety protective devices 
shall be installed or be in operation at any highway and 
railroad grade crossing or drawbridge on that portion of 
the highway with respect to which such expenditures are to 
be made, and said devices shall comply with the safety 
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such sign is appropriate because this is the world's largest irrigation si- 
phon and should be of particular interest to the general traveling public. 
The Engineer pointed out that approval of this request would be inconsistent 
with the Commission's policy with respect to signs; furthermore, this siphon 
is not of an historicel nature, hence would not come in the category of signs 
which the Commission proposes to erect along the Old Oregon Trail. In view 
thereof, the Commission decided that it would be inadvisable to grant the re- 
quest. The Engineer was instructed to so inform Mr. Aiken and advise him the 
reasons for such action. 


The Commission discussed briefly the adoption of a policy with re- 
spect to errors that are committed by contractors in stating unit bid prices 
in proposals for highway construction work. The matter was referred to the 
Attorney for study and report at the next meeting. 


The Commission had under consideration the matter of the installa- 
tion of reflectorized crossing signs at certain types of grade crossings, 
and, after due consideration, Commissioner Clough offered the following reso- 
lution which was unanimously adopted by the Commission: 


WHEREAS, the Bureau of Public Roads has promulgated and 
established certain rules and regulations governing safety stand- 
ards and devices which must be employed at grade crossings which 
serve highways qualified for improvement under the provisions of 
the Federal Aid Highway Act; and 


WHEREAS, the Commission desires to cooperate with the 
Federal Government in putting into effect the said rules and regu- 
lations; and 


WHEREAS, it appears that some of the railroads affected 
by the rules and regulations promulgated by the Bureau are not 
common carriers and hence do not fail within the generel rule es- 
tablished by the Public Utilities Commissioner; and 


WHEREAS, it is deemed advisable by this Commission that 
with respect to railroads which are not common carriers 4 special 
application or petition be filed with the Utilities Commissioner 
in instances where grade crossing signs are to be removed and in 
their stead reflectorized signs installed; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED, as fol- 
lows: 


1. Thet in instances where grade crossing signs are to 
be removed and reflectorized signs installed at grade crossings over 
railroads which are not common carriers the following form of peti- 
tion or application is approved and shall be employed for such pur- 


pose: 


permitting this petitioner to alter and change said exist- 
ing grade crossing signs and devices and make the same con- 
form to the Federal requirements, and that said order re- 
quire the said owner of the railroad to thereafter main- 
tain said crossing signs or devices. 


Dated at Salem, Oregon, this day of ’ 


1940. 
STATE OF OREGON, by and through its 


State Highway Commission 


By 
By 
By 


The undersigned officers and qualified officials or 
owners of the hereby approve the foregoing peti- 
tion and by this endorsement join with the petitioner 

in requesting that the order prayed for be granted and 
that the said order provide that the cost incurred in al- 
tering and changing the existing crossing signs be paid 
by the State and that the owner of the said railroad 
does hereby assume and agree to pay the cost of maintein- 
ing and/or renewing the new crossing signs or devices. 
The undersigned waive a hearing and notice of hearing Bs 
with respect to said matter and request that an order be an 
made upon the filing of said petition. wa 


ATTEST: By 
By 


2. That said form of petition shall be completed by in- 
corporating all of the facts, data and information related to the 
perticular crossing involved, and when so completed the petition RE 
may be signed by the State Highway Engineer or the Assistant State a 
Highway Engineer for the Commission and then filed with the Pub- 


lic Utilities Commissioner. 


The Commission discussed briefly the matter of decreasing its insur- 
ance requirements in connection with the granting of permits for transporte- 
tion over state highways of loads that are longer than the statutory length ni 
limits, as was suggested by Mr. G. M. Fox who appeared before the Commission ‘ 
at its meeting on February 15. A decision in this matter was deferred by the 
Commission until its next meeting. The Attorney and the Secretary were in- 
structed to study the matter in the meantime and submit their recommendations 
in regard thereto. They were also instructed to look into the matter of pur- 
chasing public aaht} and property damage insurance protecting the Commis- 
sion in connection with the granting of permits of all kinds, as a substitute 
for the insurance furnished by the several carriers. 


standards determined by the United States Bureau of Pub- 
lic Roads at that time as being adequate." 


Vv. 


That the Bureau of Public Roads has promulgated and es- 
tablished certain rules and regulations governing safety standards 
and devices which must be employed at grade crossings which serve 
highways qualified for improvement under the provisions of said 
Federal Aid Highway Act, and efter providing with respect to cer- 
tain types of crossings in said rules and regulations the said 
rules and regulations contain the following provision: 


"For all other crossings, protection with reflector- 
ized advance warning signs and reflectorized railroad | 
crossing signs of the cross~buck type will be considered 

adequate at this time, except that 


"(a) Protection of crossings of important trunk 
highways with main and branch line railroads 
which are not high-speed lines may be required 
under one of the methods enumerated under 1. 


"(b) Non-reflectorized advance warning signs and 
non-reflectorized railroad crossing signs of the 
cross-buck type will be acceptable at railroad 
crossings that are not used for night operetion 
and at railroad crossings where a satisfactory 
agreement is made or is in effect that train move- 
ments will be flagged across." 


VI. 


That the grade crossing referred to above is a crossing 
which comes within the provisions of the foregoing government regu- 
lation. 

VII. 


It is the purpose and plan of the petitioner to change 
the existing grade crossing signs or devices and make the same 
conform to the requirement of the Federal Government with respect 
to the foregoing rule and regulation by installing reflectorized 
signs. 

VIII. 


It is represented that the cost of altering and chang- 
ing the said crossing signs so as to conform the same with the fore- 
going Federal requirements shall bs paid by the petitioner, but 
thereafter the maintenance and/or renewal of said crossing signs or 
devices shall be at the expense of the owner of the railroad. 


WHEREFORE, petitioner prays for an order authorizing and 


Mitchell, Lorane, Oregon, renewing the request of people of that district for 
the oiling of the Territorial Secondary Highway from Gillespie Corners to the 
Douglas County line. 


The Commission had under discussion a letter from Governor Charles 
A. Sprague suggesting that outlines of legislation to be recommended to the 
1941 Legislature be prepared and submitted to his office for review by Septem- 
ber 1, 1940, and that drafts of necessary bills be made ready by December 15, 
1940, so as to expedite the work of the Legislature. The Commission voted 
to comply with this request and instructed the Attorney to govern 
his actions accordingly. 


A letter was presented from L. M. Lepper, Director of the Eastside 
Commercial Club, Portland, urging additional construction work in 1940 on the 
new Columbia River Highway between Portland and The Dalles, and suggesting 
that forest highway funds and federal aid funds be used to finance the work. 
The letter was discussed briefly but no action was taken thereon, it being the 
thought of the Commission that progress now being made on this project is as 
rapid as can be expected with funds available, and that the work canno} be ad- 
vanced without handicapping improvements in other parts of the state. 


The Commission also discussed letters from A. G. Harvey, Chairman, 
Barlow Road Extension Committee, amic, and L. M. Lepper, Director of said As- 
sociation and of the Eastside Commercial Club, urging a survey of a proposed 
road, known as the Barlow Road Extension, from the town of Wamic, in Wasco 
County, westerly to a connection with the Wapinitie Highway at a place known 
as Bear Pew Springs. The Commission expressed reluctance to order a survey of 
this road, which is not on the state highway system, in view of the fact that 
it is through an entirely new district and could not be constructed for many 
years. However, the Commission authorized the Engineer to make a rough recon- 
naissance survey of the same at his convenience. 


\ 

The Secretary presented a petition from numerous residents and prop- 
erty owners of Gleneden Beach, in Lincoln County, requesting 4 definite state- 
ment in regard to the Commission's plans for the proposed revision of the Ore- 
gon Coast Highway past Gleneden Beach. They alleged that the development of 
this beach district is being seriously handicapped by inaction of the Commis— 
sion with respect to this project. The Engineer pointed out that some of the 
right of way for this proposed change has been acquired but the negotiations 
were stopped by the Commission two or three years ago when it became apparent 
to the Commission that it would not be able to finance construction for 4 num- 
ber of years. He suggested that it would be advisable to contract this sec- 
tion, about 1}-mile in length and estimsted to cost 450,000, at an early date 
if funds can be found to finance the work amd he also suggested a transfer of 
funds from some other project. After considerable discussion, the Commission 
approved the Engineer's suggestions and decided to transfer such amount from 
the allocation heretofore tentatively set up for the reconstruction of a sec- 
tion of the Oregon Coast Highway at Depoe Bay and, accordingly, authorized the 
Engineer to make such transfer of funds and to prepare the project for contract- 
ing as soon as possible, provided needed right of way can be acquired at rea- 
sonable cost. The Attorney was authorized and instructed to proceed with nego- 
tiations for the right of way. 
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The Engineer requested instructions relative to the payment of over- 
time to one of the ¥.P.A. crews performing special work on the Wolf Creek 
Highway. He explained that on August 12, 1939, Captein Jones, who was then 
superintendent of the W.P.A. operations on this highway, found it necessary to 
work a small crew of W.P.A. laborers overtime in removing a slide, and that 
the W.P.A. has refused to pay the men any extra amount for the overtime em- 
ployment. He gave as his thought that the men are entitled to overtime pay 
and suggested that the state assume the expense which, he thought, would not 
total more than £15,80 as to avoid complications. After discussion, the Com- 
mission approved the payment of this expense with state funds. 


The Commission had under discussion the matter of modifying its re- 
quirements for pole line permits across state highways. In this connection 
the Engineer pointed out thet under the Commission's present ruling such cross- 
ings are prohibited except in unavoidable places. He also pointed out the 
current practice of pole line companies which is to construct their main leads 
across country on private right of way, necessitating the occasional crossing 
over state highmys. He gave as his thought that such type of construction 
is preferable to the installation of a line of poles along the highway right 
of way, which not only is unsightly but is also more or less hazerdous to the 
traveling public and, in view thereof, he recommended modification of the pres- 
ent policy so as to permit such crossings in instances of that kind. The Com- 
mission approved the recommendation and so ordered, 


The Egineer brought up for discussion a letter from the Lebanon 
Strawberry Festival Committee in which the Commission was requested to detour 
Santiam Highway traffic onto paved city streets for a distance of three blocks 
in Lebanon during the progress of their 1940 Festival, in Jum. The Committee 
advised that their Fair is located on a side street but, due to the fact that 
the permanent places of business and amusement, such as restaurants, pool halls, 
et cetera, are all locuted along the highway, it is impossible to keep the 
crowd off the highway and it is their feeling that the hazard to pedestrians 
would be greatly reduced if highway traffic could be detoured during the time 
of their celebration. The Engineer stated his concurrence in the viewpoint of 
the Committee and recommended approval of the request. The Commission approved 
the recommendation unanimously. 


The Commission considered and ordered filed a resolution from the 
Council of Clackamas County Cities requesting the designation of 39th Street, 
Portland, between Sandy Boulevard and the north city limits of Milwaukie, 4s 
an arterial highwey, and the -improvement of the same as such. 


The Commission discussed briefly the policy of the National Parks 
Service with respect to the collection of fees from motorists for the privi- 
lege of driving their automobiles over the Crater Lake Highway through Crater 
Lake National Park without visiting Crater Lake. Decision in this matter was 
deferred until the next meeting so as to give Chairman Cabell an opportunity 
to study the correspondence. 


The Commission considered and ordered filed a letter from Charles B. 


A letter was presented from County Judge J. H. Allen of Grant County 
requesting permission to obtain rock from a state-owned quarry located at 
mile post 57.79 on the Pendleton-John Day Highway. He said that the rock is 
to be used for a W.P.A. job and that under the W.P.A. regulations written con- 
sent of the state is required for use of the quarry. The Engineer advised 

that this quarry was secured for the purpose of obtaining materials for rock 
surfacing projects but the material is not desirable as oil aggregate, hence 
will be of very little use to the state in the future. He recommended ap- 
proval of Judge Allen's request subject to the condition that the county will 
clean up the premises to the satisfaction of the Engineer when their operations 
are completed. The Commission approved the recommendation unanimously. 


A letter was presented from Mr. Cal M. Young, County Commissioner 
of Lane County, advising that the county court has received an application 
from a Mr. T. I. Loftus, Glenada, for the purchase of a small strip of county- 
owned land adjacent to the Siuslaw Highway at Florence. He said that the 
county is inclined to sell this property but before doing so thought it ad- 
visable to ascertain whether or not the property is needed for state highway 
purposes. The Engineer advised that the property in question is 4 narrow 
strip of land lying between the highway and 9th Street, in Florence, and in 
his estimation should be acquired by the state in order to prevent its being 
commercialized. He recommended acquisition of the same. The Commission ap- 
proved the recommendation and instructed the Attorney to secure an option from 
the county court. , 


The Commission discussed communications from the American Road 

Builders' Association and the Associated General Contractors of America rela- 
tive to House Resolution No. 6395 now before Congress, which provides that 
wage rates on federal aid highway projects shall be established by the Secre- 
tary of Labor. The Commission considered such legislation inimical to the 
best interests of the State of Oregon amd, accordingly, decided to oppose the 
passage of the same. The following telegram was thereupon sent to each men- 
ber of the Oregon delegation in Congress: 


"EB BELIEVE H.R. 6395 TO BE AN INVASION OF STATES RIGHTS AND 
INIMICAL TO THE BEST INTEREST OF TH STATE OF OREGON AND WILL 
APPRECIATE YOUR OPPOSINC THIS BILL." 


The Commission discussed the claim of Mr. Ben Hilton, Grents Pass, 
and his allegations that operation by the state of a gravel pit adjacent to 
Williams Creek at its crossing of the Williams Secondary Highway, in Josephine 
County, has interfered with his irrigation rights on certain property that he 
hes under lease. Mr. Hilton contends that the state's excavation was made too 
close to the river and, es a result, considerable water seeps through the berm 
between the river and the pit and he is deprived of much water that he needs 
for irrigation purposes. He blames the state for this condition snd has asked 
the state to do whatever is necessary to remedy it. 


Commissioner Clough advised that he personally investigated this 
complaint. He gave as his thought that the trouble could be remedied if Mr. 
Hilton's dam were constructed a little farther upstream and were connected to 
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A letter was presented from Mr. Ray W. Gill, Master, Oregon State 
Grange, in regard to the allocation of federal aid secondary highwey funds. 
It wes Mr. Gill's thought that these funds should be expended by the State 
Highway Commission in the improvement of outlying roads rather than for im- 
provements contemplated by the Commission. The Engineer was instructed to 
write to Mr. Gill end explain to him fully the basis of the Commissions ‘allo- 
catiorsend the reasons for the same. However, such letter is to be approved 
by Chairman Cabell before it is mailed. 


The Commission had under discussion a petition signed by numerous 
taxpayers and citizens of Union and Wallowa Counties urging the Commission to 
conduct snow removal operations on the Weston-Elgin Secondary State Highway 
so as to make this road available for traffic use throughout its entire length 
the year round. The Commission denied the request in view of the cost ia- 
volved, which the Commission considered is not justified by the volume of traf- 
fic that the road carries. 


The Secretary presented a newspaper clipping from the Bend Bulletin 
being an editorial entitled "Gasoline Tex Pays Dividends". The Commission 
considered this a well-written and timely editorial and instructed the Secre~ 
tary to convey its appreciation for the same to Mr. Robert W. Sawyer, Editor- 


Mansger of the paper. 


A letter was presented from the Hillsboro Rotary Club inguiring whe- 
ther or not the state, in connection with its program for the reaoval of ser- 
vice club signs from state highway rights of way, would consider the installe- 
tion of one of the Commission's standard sign racks on private property adja- 
cent to the Tualatin Valley Highway outside of the limits of Hillsboro. The 
matter was discussed but final action on the seme was deferred until the next 


meeting. 


The Commission had under discussion a letter from Mr. li. E. Reynolds, 
Commissioner of Public Buildings, Washington, D. C., inquiring if it would be 
possible to secure the services of the Highwey Department's Landscape Engineer, 
Mr. George Otten, to collaborate with the Public Buildings Administration in a 
design for the planting of the United States Post-Office grounds in Salem. Mr. 
Reynolds explained that Mr. Otten's services would have to be gratuitous be- 
cause the Federal Government is without authority to pay for his services. 

The Commission approved the loan of Mr. Otten's services for this undertaking. 


The Engineer requested instructions relative to the disposal of an 
accumulation of scrap lumber and piling salvaged from the old Whiteeon Bridge 
on the Pacific Highway West about three miles south of McMinnville. He ad- 
vised that there are about 100 M-FBM of such material which is of no particu- 
ler value from the state’s standpoint, and recommended that it be advertised 
for sale on a competitive bid basis. The Commission approved the recommenda- 


tion and so ordered. 


The Engineer requested authority to purchase two power hoists for in- 
stallation on trucks assigned to the Parks Department. He estimated the cost 
of the hoists at $350, or a total of $700.00. The Commission approved the pur- 
chase through the regular channels. 
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Portland, Oregon, March 21, 1940 
The State Highway Commission met in regular session at 9:00 o'clock 
a. m. in the auditorium of the Public Service Building. Present were: 
Henry F. Cabell, Chairman 
E. B. Aldrich, Commissioner 
Huron W. Clough, Commissioner He 
R. H. Baldock, State Highway Engineer 
| J. M. Devers, Attorney 
| H. B. Glaisyer, Secretary i 
i 
Also present was Mr. Herman Oliver, Jonn Day, Oregon, appointed by Governor bd 
Charles A. Sprague as State Highway Commissioner, effective April 1, 1940, 
succeeding Commissioner E. B. Aldrich, resigned. 
Bids, as follows, for highway construction projects, sale of build- 
ings, and scrap lumber were opened and read in conformance with previously- 
published notice: 
WAR] SPRINGS SECONDARY HIGHWAY x 
OCHOCO CREEK-PRINEVILLE SECTION - GRADING ae 
Homer G. Johnson S 10,158.00 
Leonard & Slate 11,176.00 
S. S. Montague 11,238.00 e 
Clifford A. Dunn 11,968.00 & 
H. B. Klineline 12,070.90 oe 
J. C. Papin 12,198.50 & 
McNutt Bros. 12,228.00 o 
C. J. Eldon 12,450.00 4 
A. Milne 12,740.50 7 
J. A.- Lyons 13,350.50 e 
Frank Penepacker 13,516.00 4a] 
Coos Bay Dredging Company 13,847.15 
M. L. O'Neil & Son 15,427.00 - 
JOHN DAY HIGHJAY F 
AUSTIN JUNCTION-BAKER COUNTY LINE SECTION - GRADE ‘TIDENING, SURFACING, OLLING : 
Fisher Bros. *, 73,006.20 t 
Triangle Construction Co. 74,311.00 
Clifton & Applegate 79,243.60 
A. Milne 79,432.00 
E. C. Hall Company 80,725.00 sin 
Babler Bros. 30,899.00 ; a 
Edwin C. Gerber 82,131.40 as 
F. R. Hewett 86,102.50 a 
Tony Marrazzo 87,091.80 ‘ 
Homer G. Johnson 88,824.75 


McNutt Bros. 90,276.40 


present irrigation ditch ty pipe line. He suggested, however, in view of 
t thet Mr. Hilton will not need much irrigation water until about 
that the matter be held in abeyance until that time which will not on- 
ow more time to give the matter additional study but will also provide 
opportunity to see just what cffect, advantageous or otherwise, the spring 
have on the situation. Chairman Cabell approved this suggestion 
so ordered. 


Commission confirmed its previous action setting Thursday and 
21 and 22, 1940, as the date for its next regular meeting for 
iving of bids on contract work, and instructed the Secretary to ar- 
to hold this meeting in the auditorium on the third floor of the Public 
ce Building, Portland, as usual. 


The Commission considered and signed agreements, et cetera, as fol- 


Agreement with the State Board of Forestry covering the use 
by the State Forestry Department of @ roadway across a stock pile 
site owned by the Highway Department in Government Lot 7 of Sec- 
tion 36, Township 16 South, Range & West, W.M., Lane County. 


Agreement with Colonial Construction Company disposing of its 
claim for additional compensation arising out of its contract 
with the State Highway Commission for the construction of the Cor- 
bett-Rooster Rock Section of the Columbia River Highway, ia Mult- 
nomah Courty, Contract No. 2151. 


Easement granting to Morrow County permission to maintain a 
roadway across certain state-owned property just west of Boardman 
for a period of six months in connection with a county W.P.A. Proj- 
ect. 


Lease agreement from the United States Department of the In- 
terior, Bureau of Reclamation, covering 2,852.06 acres situate in 
Townships 11 and 12 South, Range 12 East, WeM., in Jefferson County, 
and more particularly at the confluence of the Crooked River, Des- 
chutes River, and the Metolius River, which property is to be used 
by the state for recreational purposes. 


Permit granting to the Port of Umpqua the right to deposit on 
state-owned property at Reedsport certain spoil materials from dredg- 
ing operations in the Umpqua River. 


There being no further business to come before the Commission at this 
time the meeting was declared adjourned at 12:00 noon. 


(AK wc ~LlpL 
State Highway Engineer Chgirmen 
bY) 2b KCl 


Ag a a 4. 
Secretary ‘és Commissio: 
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FULTON GANYON-"7ASCO COUNTY ROAD 
SOUTH UNIT, FULTON CANYON SECTION - GRADING, SURFACING, BOX CULVERTS 


Mid-Columbia Sand & Gravel Company $ 17,991.10 


H. B, Klineline 19,910.50 
Guy J. Norris 20;923.00 
McNutt Bros. 21;810,80 
Leonard & Slate 22,022.00 aii 
Clifford A, Dunn 23,155.00 a 
Fisher Bros. 23,738.60 
Colonial Construction Company 24,115.00 & 
ia 
WESTON-ELGIN SECONDARY HIGHWAY : 
WESTON-McDOUGALL CAMP SECTION - OILING %e 
Norris Bros. 3 8,462.00 a 
I. C. Compton 8,872.40 A 
Warren Northwest, Inc. 9,140.00 # 
Standard Asphalt Paving Company, Inc. 9,984.25 5 
MeNutt Bros. 13,901.00 fi 
MEDICAL SPRINGS SECONDARY HIGHAY * 
CATHERINE CREEK BRIDGE SECTION - COMPOSITE TRESTLE AND ROADBED i 
Denten & Young > 9,307.00 . 
Averill & Corbin : 11,290.00 i 
MeNutt Bros. 12,723.75 4 
Soule & Walters 13,332.00 
HURRICANE CREEK COUNTY ROAD ; 
CASTOR RANCH-JOSEPH SECTION - GRADING, SURFACING, OILING a 
BRIDGES Ei 
Norris Bros. 5 25,204.50 
McNutt Bros. 25,891.50 
Homer G. Johnson 26,954.90 - 
Colonial Construction Company 28,146.00 oR 
PACIFIC HIGHWAY WEST OBA 
TIGARD SECTION - GRADING AND PAVING d* 
ke 
Roy L, Houck . $198,724.50 r 
Jacobsen-Jensen Company 202,633.50 E 
Frank Penepacker 202,657.50 . 
Berke Bros, 203,054.00 mt 
Theo. Arenz 206,559.50 re 
Edlefsen-\eygandt Co. 206,723.00 i 
McNutt Bros. 209,459.50 i 
Leonard & Slate 209,544.00 4 , 
Babler Bros. 210,447.00 a 
4 
z 


- 
{ 
3 
j 

1 
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WARM SPRINGS SECONDARY HIGHWAY 
LAMONTA-CROOK COUNTY LINE SECTION - GRADING, FENCING 


Frank Penepacker $ 28,440.00 
Coos Bay Dredging Company 29,748.95 
M. L. O'Neil & Son 29,957.75 
Leonard & Slate 33,558.00 
Clifford A. Dunn 36,110.00 
Te A, Lyons 38,910.00 
Cochran & Gatton 39,186.50 
C. J. Eldon 43,342.50 
McNutt Bros. 43,447.00 


WILLAMETTE HIGHWAY 
MAINTENANCE PATROLMEN'S HEADQUARTERS NEAR ODELL LAKE 


Barhem Bros. $ 32,441.00 
Vernon Bros. Co. 33,873.00 
Vieako & Hannaman 34,733.75 
Ed. Walder 36,228.00 
Geo. H. Buckler Company 385,155.50 
Brosterhous Construction Company 40,225.90 
Birkemeier & Saremal 41,123.50 
Angelo Doveri 41,214.75 
Scheumann & Johnson 41,585.00 
Hart Building Company 47,149.50 


SIUSLAW HIGHWAY 
LOW PASS SECTION - GRADE WIDENING, SURFACING, OILING 


Us t 
Fisher Bros. , . 
MeNutt Bros. 972,088.50 
Babler Bros. 
Homer G. Johnson 


I.0.N. HIGHWAY 
DRILLING AND CASING WELL 30 MILES NORTH OF McDERMITT 


J. Nailion 
Williams Drilling Company 
A, M. Edwards 


COLUMBIA RIVER HIGHWAY 
MIDDLE UNIT, TROUTDALE-CORBETT SECTION - RIGHT-OF-VJAY CLEARING 


Vernie Jarl $- 
Erick Enquist . 
Heller & Gillgannon 
Edlefsen-"Jeygandt Company 
J. A. Lyons 

Yunker & Gilkey 


893888 
888888 
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No. 5694 and Tracts "A" and "B" 


No bids received 


Tract "A" alone 
D. C. Greening, Cottage Grove $ 500.00 


Tract "B" alone 
No bids received 


Combination of Tracts "A" and "B" 
No bids received 


No. 56 (former owner Naomi Hoskins Preston) 
No bids received 


Chairman Cabell announced that the award of contracts and sales of buildings, 
etc., would be made at 4:00 o'clock p, m. on the same day. 


A delegation from Roseburg, representing the Chamber of Commerce, 
and consisting of W. C. Harding, Secretary; A. C. Marsters; County Commis- 
sioner H. B. Roadman; Harris Tllsworth, Senator C. W. Clark; and George Smith, 
was present in behalf of the North Umpqua County Road. They urged the Com- 
mission to extend the improvement completed last year a distance of about 
1-1/8 miles to a connection with the vresent road, so as to make the newly- 
constructed portion available for general public use. Mr. Harding advised 
that the forest highway section of this road will be completed and ready for 
use by the general public about July lst. They also urged the designation of 
this road as a secondary state highway throughout its entire length. 


Chairman Cabell advised that the Commission is reluctant to add any 
more roads to the State Secondary Highway System but will give their request 
fair consideration, He also said that the Commission would bear in mind the 
request for the construction of the 1-1/8-mile section. 


A delegation from Days Creek, Douglas County, consisting of Guy 
MeGee; Carl Hill, Superintendent of Schools, Days Creek; Elton Jackson, and 
D. L. Weaver, was present and requested improvements to the Tiller-Trail 
Secondary Highway, particularly between Canyonville and Tiller. Others in 
the del egation were County Commissioner H. B. Roadman; Harris Ellsworth; 
George Smith; A. C. Marsters; and Senator C. ‘/. Clark of Roseburg. lir. McGee 


headed the group. 


Mr. Jackson urged the improvement from the standpoint of the logging 
industry. He declared that this district contains the largest stand of sugar- 
pine timber remaining in the State of Oregon and that between 10 and 15 
million feet of this timber is marketed annually over the Tiller-Trail Road, 
in view of which they consider that the expense of improving the road is fully 
justified. Mr. Hill spoke for the improvement from the standpoint of opera- 
tion of school buses, He predicted a large increase in traffic over the road 
in the future and urged the Commission to provide an oil surface, at least 
between Canyonville and Tiller, so as to make the road safer for travel. Mr. 
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SALE OF SCRAP LUMBER AND PILING 
AT SITE OF OID WHITESON BRIDGE 
PACIFIC HIGHWAY WEST 


Weatherly Boom Company 
SALE OF BUILDINGS AND PROPERTY 
MARSHFIELD 


No. 7827 (former owner Monrad Underland) 
C. V. Bloyd, Marshfield 
Kenneth E. Dodd, Eugene 
E4 Lorsung, Marshfield 
Frank Davies, Eastside 
Theodore P, Lund, Eastside 


No. 7826 (former owner Garland F. Lillie) 
Mikulecky, Marshfield 
**fa Lorsung, Marshfield 
Kenneth E. Dodd, Eugene 
Frank Davies, Eastside . 
* = Second choice. Will take only one. High bidder on 
** . Bid on all buildings; will take all or none. 


No. 7824 (former owner George ‘’. Davidson Estate) 
C. V. Bloyd, Marshfield 8 22.50 
Kenneth E. Dodd, Eugene 
Frank Davies, Eastside 
Ed Lorsung, Marshfield 
Theodore P. Lund, Eastside 
* — will take only one building. No. 7827 first choice 


No. 7825 (former owner Ida D'Ambrosia) 
Elmer Mikulecky, Marshfield 
E. B. Pope, Marshfield 
Ed Lorsung, Marshfield 
Kenneth Z. Dodd, ™ugene 
Frank Davies, Eastside 


COTTAGE GROVE 


No. 5694 (former owner A. ". Helliwell) 
Kenneth E. Dodd, Eugene 


No. 5694 and Tract "A" 
No bids recei 


No. 5694 and Tract "B" 


No bids received 
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because they will be satisfied with anything, their vurpose at this time be- 
ing simply to urge the Commission to do something. 


Mr. Hill inquired as to the Commission's plan for landscaping and 
sidewalk construction along the Oregon Coast Highway at Newport. The State 
Highway Engineer advised that this »roject was approved by the Commission some 
time ago but was inadvertently left off the list of projects that the Commis- 
sion selected at the vrevious meeting for its 25 per cent program for 1941 
Federal Aid Funds, He recommended to the Commission that this project be in- 
cluded in such partial vrogram so as to insure its construction at the earli- 
est possible time. He estimated the cost at $25,000, The Commission approved 
the recommendation and authorized the Engineer to include this project in the 
list forwarded to the Public Roads Administration for federal approval. This 
concluded the conference. 


The County Court of Harney County, consisting of County Judge Nelson 
B. Higgs and County Commissioners T. E. Jenkins and Charles A. Miler, was 
present and requested improvement of the Frenchglen Secondary Highway for 4 
distance of about 8 miles south from Burns; also, the improvement of the 
Diamond Secondary Highway for a distance of about 7 miles south from Crane. 
They also asked for the improvement and oiling of the Crane-Lawen Section of 
the Burns-Crane Primary Highway. Judge Higes read aloud a petition signed 
by residents, citizens, and business organizations of Harney County request- 
ing such improvements. 


Judge Higgs also mentioned the Princeton-Rome Secondary State High- 
way. He advised that C.C .C. forces under the U. S. Grazing Service have con- 
structed a 12-mile section of this road north of Rome and they expect to con- 
struct another section south from Princeton during the coming working season, 
but will not be able to construct between these two sections because heavy 
rock excavation is involved and they are not equipped to handle such work, 


Judge Higgs also asked for the paving of the unpaved strips along 
the highway pavement in the town of Burns, particularly on Broadway between 
West "V" Street and West "D" Street, and along West Monroe Street from Broad- 
wey to North Diamond Street. The Engineer was instructed to investigate the 
matter and report thereon. 


County Judge J. B. ‘ilkerson of Columbia County wac present and, 
asked for additional Federal Aid Secondary Highway Funds for county road con- 
struction in Columbia County, particularly to finance the remaining 5-mile 
section of the road that the County is building toward Vernonia from St. 
Helens. He was informed by Chairman Cabell that the Commission is directing 
its efforts toward the completion of the roads already started on this pro- 
gram and feels that the Nehalem Highway between Birkenfeld and Mist, and the 
secondary highway between Mist and Clatskanie should be completed before 
other obligations are assumed, in view of which the Commission is not in @ 
position at the present time to give him any encouragement. 


he Commission adjourned at 12:00 o'clock noon and reconvened at 
2:00 ofclock p. m,. in the same room with the same persons present and par- 


ticipating. 
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Ellsworth endorsed the remarks of the other speakers. The Commission agreed 
to study the project. 


Dr. W. D. Huntington, Aloha, appeared before the Commission in re- 
gard to a right of way matter near the town of Aloha, particularly with re- 
spect te the vacation by the 'lashington County Court of a section of the dedi- 
cated street that parallels the railroad at the Aloha railroad station. Dr. 
Huntington alleged ownership of a portion of this property and appealed to the 
Highway Commission for assistance in securing it inasmuch as the vacated area 
joins other property that he owns between the Tualatin Valley Highway and the 
railroad. The matter was referred to the Engineer for investigation and re- 


port. 


A delegation, representing the Chambers of Commerce of Newport, 

Yaldport, Toledo, and Agate Beach, came before the Commission in regard to 
several highway matters. Members of the delegation were L. C. Smith, Chair- 
man; Larry Hill, President, Newport Chamber of Commerce; Franklin G. Gilkey, 
County Judge of Lincoln County; L. D. Nash, State Representative, Nashville; 
E. A, Woodman and Mayor James F. Baird of Newport; E, F., Altree, Agate Beach; 
L. G. English, District Attorney, Toledo; B. F. Updike, Toledo; and James H. 
McKibben, Newport. 


They urged the Commission to reconstruct the Oregon Coast Highway to 
modern standards from Newport north and suggested that the proposed improvement 
at Gleneden Beach be deferred by the Commission until the sections north and 
south of Otter Crest have been reconstructed. They also urged the reconstruc- 
tion of the McMinnville-Tillamook Highway on the proposed new alignment east 
from Valley Junction, and improvements to the Corvallis-Newport Highway, con- 
sisting of widening, elimination of curves, et cetera. 


Chairman Cabell advised that the Commission is cognizant of the fact 
that the Oregon Coast Highway should be improved between Newport and Kernville 
but because of the shortage of funds the Commission does not like to start the 
preject until other important work on this highway has been completed, such as 
that now under way at Neahkahnie Mountain in Northern Tillamook County. He 
gave as his thought that the Commission might be able to start the work from 
Newport north when the Neahkahnie Mountain Section is completed, but not be- 
fore that time because there are not sufficient funds available to finance 
both projects at the same time and the Commission feels that the opening of 
the Neshkahnie Mountain Road to general public use is of first importance, He 
pointed out that the Commission now has under consideration the reconstruction 
of a short section of the Coast Highway in the vicinity of Gleneden Beach and, 
if vossible, will do this work this year, but believes that the proposed im- 
provement at Otter Crest should wait until the sections north and south of 
this point have been revised. Furthermore, he said, the Commission believes 
that the improvement of the Oregon Coast Highway north of Newport should be 
given preference over the improvement of the Corvallis-Newport Highway between 
Toledo and Newport. The members of the delegation agreed to such arrangement. 


Mr. Smith concluded the conference by stating that they do not want 
the Commission to think that they are dictating what the Commission should do 
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construct a permanent connection this summer because of the expense involved; 
however, @ survey has been made for a temporary connection which will be con- 
structed as soon ag state forces can get to it. It was his thought that such 
temporary connection would serve the purpose satisfactorily until the Commis- 
sion can finance a permanent connection. This appeared to meet with the ap- 

proval of Mr. Lindsey. 


Commissioner Lindsey also requested the improvement of the Oregon 
Coast Highway south from the city of Tillamook. The Engineer asserted that 
this is a meritorious improvement because the present road is very crooked 
and narrow and carries a large volume of traffic. Hovever, the revicion south 
of Tillamook is tied up with the location of the highway through the city so 
it could not be constructed until plans for both sections are approved. He 
pointed out that he now has authority to carry on investigations south of 
Tillamook but not through the city. The Commission thereupon, by unanimous 
vote, authorized such investigation through Tillamook. 


Commissioner Lindsey also requested improvement of the Oregon Coast 
Highway between Bay City and Garibaldi where, he declared, « dangerous condi- 
tion now exists. The Commission agreed to inspect this section the next time 
it is in that vicinity. 


Commissioner Anderson asked for additional improvements on the 
Little Nestucca Secondary Highway and for the construction of the proposed 
Dolph-Boyer project connecting the Mcliinnville-Tillamook Highway and the 
Salmon River Highway. He also asked for the widening of the pavement full 
width between curbs, for a distance of about two blocks in the torm of 
Cloverdale and presented petitions signed by numerous residents of Cloverdale 
and vicinity requesting such improvement. He also requested the widening of 
a sharp curve on the Oregon Coast Highway ut the southern limits of Clover- 
dale. The Commission referred to the Engineer, for investigation and report, 
the matter of widening the pavement in Cloverdale and widening of the curve 
at the south city limits. 


Mr. Herbert Hardy, attorney for the Bonneville Power Administration, 
was present in regard to the use of the state highway in connection with the 
construction and maintenance of a substation near West Salem, in Polk County. 
He perticularly requested permission to construct certain improvements on the 
highway right of way, including culverts, curbs, roadway approaches, and 
certain landscaping. The Engineer advised that he has studied the plans, 
which, he said, have been prepared in conformance with good engineering prac- 
tice and are acceptable to him. He recommended approval of the Power Ad- 
ministration's request subject to the condition that the Bonneville Power 
Administration shall remove from the highway right of way all of its improve- 
ments if and when it abandons its use of said right of way, After discussion 
the Commission approved the Engineer's recommendation and thereupon signed a 
letter dated March 21, 1940, directed to Dr. Paul J. Raver, Administrator, 
Bonneville Power Administration, in accordance therewith. 
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County Juage Hugh MeLain of Coos County conferred with the Commis- 
sion in regard to the further improvement of the Marshfield-Coquille Section 
of the Oregon Coast Highway. He urged the Commission to continue the improvéee 
ment of this highway, particularly two sections; viz., elimination of the 
curve on the Delmar Hill and the straightening of the highway between Beaver 
Creek and Coaledo Marsh bridges, He stressed the importance of these improve- 
ments from the traffic-safety standpoint by pointing out that it is now danger- 
ous to travel over the road because of the large number of logging trucks that 
operate over it. He was informed by Chairman Cabell that the Commission con- 
siders that the North Bend-Marshfield Section is of first importance because 
it now carries the heaviest traffic for 2-lane pavements in the state and, 
until it is reconstructed, it does not appear possible to allocate additional 
funds to the Marshfield-Coquille Section. 


The County Court of Tillamook County, consisting of County Judge 
Harlend M. Woods and County Commissioners E. H. Lindsey and E. G. Anderson, 
was present in the interests of the Wilson River Highway. They particularly 
inquired as to what provision has been made for the completion of the section 
between the Devils Lake Fork bridge and Glenwood. They were informed that the 
Commission has under consideration at the present time the filing of an appli- 
cation for additional W.P.A. funds to finance work between the bridgé and a 
connection with the Gales Creek Road at Glenwood and beyond such point to the 
Gales Creek Post Office. 


Commissioner Lindsey asked for the elimination of the curve where the 
highway emerges from the canyon at a point known as Randalls. He said that 
this point is at the end of the oiled section and a dangerous condition exists 
there which should be remedied. The matter was referred to the Engineer for 
investigation. 


The County Court also inquired into the possibilities of securing 
additional Federal Aid Secondary Highway Funds for county road improvements in 
Tillamook County. Chairman Cabell pointed out that the Commission is bandi- 
capped this year because the Federal Aid Secondary Highway allotment for 1941 
is considerably less than for the previous year and there is a question whether 
or not the Commission can spare any of these to Tillamook County. In any 
event, he said, the amount thereof will probably be small; further, it would 
not be possible to make the allceation early enough to contract the work during 
the present working season. He inquired which roads, in the opinion of the 
County Court, should be given prior consideration, The members of the Court 
appeared to be undecided as to this, whereupon the Commission referred the 
matter to the Engineer to discuss with the Court later, the intention being to 
award a contract in the fall of 1940 if there are funds available to finance 
it. 


Commissioner Lindsey asked the Commission to improve the Wolf Creek 
Highway connection with the Oregon Coast Highway at Necanicum Junction. He 
alleged that the present connection is very poor and works to ‘the disadvantage 
of Tillamook County and urged a better connection this year. The Engineer 
advised that he has this matter in mind but it does not seem possible to 
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would not be justified in allocating funds to it now. The Commission agreed 
to inspect the road the next time it is in that vicinity. 


A delegation from Curry County, consisting of S. 0. Newhouse, County 
Surveyor; Mrs. Kay Latimer and W. F. Miller of Wedderburn; A. G. Walker of 
Gold Beach; Onas S. Olson of Salem; and W. F. Bushnell and A, W. Strowger of 
Portland, was present relative to the improvement of the county road which 
extends up the Rogue River from the town of Vedderburn. They requested the 
improvement as a Federal Aid Secondary Highway and particularly urged modi- 
fication in the alignment proposed by the State at the lover end of the road 
so as to follow mre closely the existing road because, they alleged, if the 
road were constructed on the alignment proposed by the State it would be in- 
undated during periods of high water whereas the existing road is at a higher 
elevation and would not be subject to such flood conditions. They pointed out 
that the Highway Commission at one time allocated $10,000 of federal funds to 
improve this road but the vroject did not materialize because the County was 
unable to furnish right of way as required and they gave as their thought that, 
4f the Commission will revise the alignment at the lower end, as requested, 
the cost of right of way would be greatly reduced, in which event it might be 
possible for the County to meet the requirements as to the right of way. They 
asked for a resurvey of this section using minimum specifications, and also 
asked for a resurvey at the upper end of the road so as to avoid certain 
private property on which the omer has constructed a fine home which will be 
only 15 feet from the highway unless the highway is realigned. It was their 
thought that considerable right of way would be donated if the Commission 
would change its plans as requested. 


They alsc advised that the property owners would raise funds by pri- 
vate subscription to do a certain amount of construction work at the upper 
end of the road. Speaking on behalf of this project were Mrs. Latimer, Mr. 
Newhouse and Mr. Strowger. Mrs. Latimer alleged that 90 per cent of the 
people of Curry County are in favor of the improvement of the present road 
rather than construction of a new road as planned by the Commission, and read 
aloud a petition signed by numerous residents to that effect. Mr. Strowger 
stated that there are many fine home sites atong this road and that numerous 
people from California would invest in and develop these sites if a good road 
were provided to them. He urged favorable consideration by the Commission. 


Chairman Cabell explained the federal secondary highway regulations 
and advised that the Commission will be pleased to reconsider this matter but 
is not in a position to give a definite decision today, either as to the im- 
provement or the survey, because the matter would have to be discussed first 
with the County Court and with the engineers of the Public Roads Administre- 
tion. He agreed to inspect the road the next time he is in that vicinity, 
stating that the Comnission is anxious to do something in Curry County, if 
possible. It was agreed that the Commission would get in touch with Mr. New- 
house when it contemplates the trip into Curry County. 


The County Court of Morrow County, represented by County Commis- 
sioners George N. Peck and L. D, Neill, and County Engineer H, Tamblyn, was 
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Mr. J. S. Barber, Superintendent of the Water Board, Tigard, Oregon, 
éame before the Commission in regard to a proposed revision of pipe lines in 
Tigard necessitated by the reconstruction of the Pacific Highway West through 
this town. The Commission referred this matter to the Engineer for handling. 


A delegation from Marion County, consisting of Mayor W. W. Chadwick 
of Salem; Senator Douglas McKay; County Judge J. C. Siegmund; County Commis- 
sioners R. S. Melson and Jim E, Smith; and County Engineer N. C. Hubbs, J. H. 
Davis, City Engineer of Salem; A. C. Haag, F, E. Needham, E. A, Miller, D. 0. 
Lear, all of Salem, and Lee W. Eyerly and Leroy E, Grote of Roberts, came’ be- 
fore the Commission and requested a survey of the South River Road, Salem, for 
a distance of about 3 miles south of the Salem city limits; they also requested 
the designation of the 12th Street cutoff, Salem, as a state secondary highway. 
County Commissioner Melson headed the group. 


Mr. Melson advised that the County Court has in mind the further im- 
provement of the South River Road as a W.P.A. project and wants to know how 
much it will cost to do the work to proper stendards. He read aloud and filed 
with the Commission two letters requesting these projects. Speaking on benalf 
of the delegation were Commissioner Melson and Senator McKay. After discus- 
sion, the Commission, by unanimous vote, authorized the Engineer to conduct 4 
survey of the South River Road as may be necessary to provide a permanent im- 
provement, the cast o7 the survey to be vaid by the State. The Commission 
took under advisement the matter of designating the 12th street cutoff as 4 
state secondary highway. 


Mr. A. J. Price, President of the 01d Wasco County Pioneers! Asso- 
ciation, was present and asked the Commission to approve the erection of 4 
monument upon the right of way of the Columbia River Highway near the town of 
Biggs as a memorial to pioneers who first reached the Columbia River at this 
point. He said that the Association will hold its annual meeting in May and 
would like to dedicate the monument at that time. He asked the Commission to 
approve the project and erect the monument but stated that the Association 
will pay its share of the cost and will furnish a properly inscribed tablet. 
Chairman Cabeli explained that the Commission recently appointed a committee 
to pass on historical sites along the Old Oregon Trail. He suggested that Mr. 
Price contact Mr. Ray Conway of this committee. Mr. Price expressed the hope 
that something definite can be worked out at least for a temporary installe- 
tion so that it can be dedicated by the Association at its annual meeting. 
He agreed to discuss the matter with lr. Conway. 


Mr. C. E. Gates of Medford, was present in regard to the Little Butte 
Creek Secondary Highway. He urged the Commission to complete the construction 
of this road up to Lake of the Woods which, he said, would reduce the distance 
from Medford to this point by some 26 miles. The matter was discussed at con- 
siderable length during which it was explained to Mr. Gates that the project 
is very costly and the Commission does not have funds avdilable to finance it 
at the present time, particularly in view of the fact that the Commission is 
convinced from studies of the road that it is not as important as many other 
roads in the state which are in an uncompleted status, hence the Commission 
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"Ochoco Creek-Prineville Section of the larm Springs Secondary 
Highway, in Cre “County. 1.29 miles grading. The low bid received 
on this project was that of Homer G. Johnson, Portland, in the 
amount of $10,158.00. The next low bid was that of Leonard ¢ Slate, 
Multnomah, in the amount of (11,176.00. There were 11 higher bid- 
ders. The Commission awards this contract to the low bidder, Homer 
G. Johnson, at his bid of $10,158.00. 


"Austin Junction-Baker County Line Section of the John Day High- 
way, in Grant County. 4.73 miles grade widening, 9.59 miles surfac- 
ing and oiling; also furnish 3,000 cu. yds. crushed rock in stock 
piles. Fisher Bros., Oregon City, submitted the low bid for this 
project in the amount of $73,006.20. Triangle Construction Company, 
Boise, Idaho, submitted the next low bid in the amount of $74,311.00. 
There were 9 higher bidders. This contract is awarded to Fisher 
Bros, at their low bid of $73,006.20. 


"Lamonta-Crook County Line Section of the \arm Springs Secondary 
Highway, in Jefferson County. 6.25 miles grading and 10 miles fenc- 
ing. Frank Penepacker, Portland, submitted the low bid on this job 
in the amount of 528,440.00. Coos Bay Dredging Company, Marshfield, 
submitted the next low bid in the amount of 529,748.95. There were 
9 higher bidders. The Commission has referred all bids received on 
this project to the Engineer with power to award the contract to the 
low bidder when certain conditions have been fulfilled. 


"Construction of maintenance patrolmen's headquarters adjacent 
to the “illamette Highway, near Odell Lake, in Klamath County. 
Barhem Bros., Salem, submitted the low bid for this work in the 
amount of [32,441,00, The bids of “alter Stutte and Leo Huls were 
irregular in that all of the columns were not filled in and, as & 
result, it was impossible to know what was intended. ‘Phe Commission 
pkans to print instructions as a guide to contractors hereafter, but 
in the present instance the bids were made out in such way that it 
was impossible for the Commission to know just what the bidders had 
in mind, hence they could not be considered. In view of the circum 
stances, the apparent second-low bid was that of Vernon Bros. Com- 
pany, Boise, Idaho, in the amount of “33,873.00. There were 8 higher 
bidders. This project is awarded to Barham Bros., at their low bid 
of °32,441.00, 


"Low Pass Section pf the Siuslaw Highway, in Lane County. 3.57 
miles grade widening, surfacing, and oiling; also furnish 2,500 cu. 
yds. crushed material in stock piles. Fisher Bros., of Oregon City, 
submitted the low bid for this project, in the amount of $63,483.75, 
using asphalt, and 363,699.75, using tar. McNutt Bros., Eugene, 
submitted the next low bid in the amount of £72,088.50, using asphalt, 
and {72,160.50, using tar. There were 2 higher bidders. This con- 
tract is awarded to the low bidders, Fisher Bros., at their low bid 
of 563,483.75, based on the use of asphalt. 
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present in regard to the Wasco-Heppner Secondary Highway. They were accompas 
nied by Mr. P. \/, Mahoney, President of the Heppner Chamber of Commerce. They 
urged the Commission to complete the oiling of the Wasco-Heppner Secondary 
Highway from the end of the present improvement to the junction with the 
Heppner-Spray Secondary Highway, near a place known 48 Ruggs; also to recon* 
struct the Heppner-Spray Road from said junction point to Hardman, and to oil 
the primary state highway between Heppner and Lena. They particularly urged 
the contracting of the Heppner-Rhea Creek project at an early date so that 

the work could be completed this year. 


Chairman Cabell explained the status of the Commission's finances 
and advised thet the Heppner-Rhea Creek project is at the top of the list of 
priority projects for contracting in July provided funds are available at that 
time to finance the work, but it is yet too eerly to state definitely whether 
or not it will be possible to place the work under contract at that time. The 
Engineer pointed out that the Heppner-Lena Road is not in condition at the 
Yresent time to receive an oil treatment as was thought to be the case a few 
months ago. Subsequent investigation, he said, shows that considerable stabi- 
lization rock will have to be added which will cost about $50,000, which is 
more than the Commission feels it can spare at the present time. Chairman 
Cabell added that the Commission appreciates that this would be a meritorious 
improvement but is not in a position to make any definite commitment to the 
project now because of the limited amount of funds available but the Commis- 
sion will be pleased to reconsider it later on if savings accrue from mainte- 
nance operations during the present winter season. 


A delegation from Oswego, headed by Dr. William H. Cane, and includ- 
ing 37 members, came before the Commission in regard to the landscaping of the 
Oswego Highway through the town of Oswego. They inquired as to the policy of 
the Highway Commission to cooperate 4n such projects. They were informed by 
Chairman Cabell that it is the policy of the State Highway Commission to co- 
operate in movements to beautify the rcadsides of this state and occasionally 
the Commission contributes funds to help pay the cost of the work. He sug- 
gested that it would be advisable, before the Gummission makes any definite 
statements in regard to the Oswego project, that the project be investigated 
by the Highway Department's engineers to determine its feasibility and the 
cost involved. 


fhe Engineer advised that certain investigations have already been 
made for this improvement but the report has not as yet been prepared in 4 
form to submit to the Commission, although he anticipates that it will be 
ready to render at the next meeting. Chairman Cabell thereupon advised the 
delegation that the Commission will study the Engineer's report and, if the 
project can be worked out satisfactorily, the Commission will proseed with the 
work, 


At 5:00 o'clock p. m. Chairman Cabell announced the award of con- 
tracts, bids for which were received at the morning session, such awards hav- 
ing been previously approved by the Commission by unanimous vote, as follows: 
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"Tigard Section of the Pacific Highway ‘'est, in ashington 
County. 1.74 miles grading and paving. Roy L. Houck, Salem, sub- 
mitted the low bid for this project at $178,724.50. The next low bid 
was submitted by Jucobsen-Jensen Company, Portland, at %202,633.50. 
There were seven higher bidders. The Commission has awarded the con- 
tract to the low bidder, Roy L. Houck, at his bid price of “178,724.50. 


"Sale of approximately 152 M-FBM scrap lumber and piling at the 
site of the old Whiteson Bridge on the Pocific Highvay “lest, near 
HeMinnville, in Yamhill County. The only bid received by the Commis- 
for the purchase of this material vas that submitted by the ‘leath- 
erly Boom Company, Newberg, at (280.00. The Commission has accepted 
this bid and has gold the material to the ‘leatherly Boom Company 
for the amount of its offer." 


Chairman Cabell also announced thot the successful bidders for the purchase of 
buildings would be announced on the following morning at 11:00 o'clock. 


The Commission had under discussion the matter of holding a special 
meeting in Salem prior to the next regular meeting to dispose of accumlated 
routine matters, it being apparent that the Commission would be unable to dis- 
pose of such matters at the present meeting. It was decided to hold such meet- 
ing on Monday, April &, 1940, in the office of the State Highway Engineer, 
Salem. (This date was later changed to Tuesday, April 9.) 


The Commission adjourned at 5:30 o'clock p. m, to reconvene on the 
following morning at 9:00 o'clock in the same room. 


Portland, Oregon, March 22, 1940 


The State Highway Commission reconvened in regular session at 9:00 
o'clock a. m. in the auditorium of the Public Service Building. Present were: 


Henry F. Cabell, Chairman 

E. B. Aldrich, Commissioncr 

Huron “I. Clough, Commissioner 

R. H. Baldock, St«te Hi: hway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secret:ry 


County Judge Charles E. Beird of Beker County came before the Commis- 
sion in regard to the oiling of the Flagstaff-Lover Powder Section of the Baker- 
Homestead Highway. He urged the Commission to allocate funds for the recon- 
struction of this section on permanent alignment and presented numerous argu- 
ments in support thereof. He suggested that if tine Commission is uneble to 
finance the entire section this year half of the work be done this your and the 
balance next year, and advised that the people of Baker County would not be 
satisfied with the oiling of the present road, as proposed by the Commission, 
and that they would prefer that nothing be done if they cannot secure permanent 
construction. 


illing and casing a well on State Highway Commission's prop- 
of McDermitt, on the I.0.N. Highway, in Malheur County. 
were received for this project, the low one being that of 
- Naillon, Ontario, in the amount of $1,076.00. The second low bid 
Williams Drilling Company, North Powder, in the amount of 
The Commission rejects all bids and has ordered the project 


"Middle Unit, Troutdale-Corbett Section of the Columbia River High- 
» in Multnomah County. 0.42 mile (5.0 acres) right of way clear- 
Vernie Jarl of Gresham submitted the low bid for this project 
Erick Enquist, Troutdale, submitted the 
second low bid in the sum of $700.00. There were 4 higher bidders. 
This contract is awarded to the low bidder, Vernie Jarl, at his bid 
of 3600.00. 


"South Unit, Fulton Canyon Section of the Fulton Canyon-\asco 
County Road, in Sherman County. 1.62 miles grading and surfacing; 
also construct two and extend one reinforced concrete box culverts. 
The low bid for this project was that of the Mid-Columbia Send and 
Gravel Company, The Dalles, in the amount of $17,991.10. The next 
low bid was that of H. B. Klineline, Vancouver, Washington, in the 
amount. of $19,910.50. There were 6 higher bidders. The Commission 
awards this contract to the Mid-Columbia Sand and Gravel Company at 
its low bid of $17,991.10. 


"Weston-McDougall Camp Section of the Weston-Elgin Secondary 


Highway, in Umatilla County. 14.57 miles oiling. The low submitted 
for this project was that of Norris Brothers, Burlington, Washington, 
at 58,462.00. The next low bid was that submitted by J. C. Compton, 
McMinnville, at $8,872.40. There were three higher bidders. The 
Commission has awarded this contract to the low bidder, Norris Bro- 
there, at their bid price of $8,462.00. 


"Catherine Creek Bridge Section of the Medical Springs Second- 
ary Highway, in Union County. Construction of 81 ft. of composite 
trestle and 0.35 mile of highway roadbed. Denten and Young, Boise, 
Idaho, submitted the low bid for this preject -t 59,307.00. Averill 
and Corbin, Portland, submitted the next low bid at $11,290.00. 
There were two higher bidders. The Commission has avarded this con- 
tract to Denten and Young, the low bidders, at their bid price of 
$9,307.00. 


"Castor Rahch-Joseph Section of the Hurricane Creek County Road, 
in Wallowa County. 1.58 miles grading, surfacing and oiling, and con- 
struction of 77 lineal feet com osite type bridges. The Commission 
received four bids for this project, the low one being that of Norris 
Brothers, Burlington, Washington, at $25,204.50. The second low bid 
was that of McNutt Brothers, Eugene, at $25,091.50. The Commission 
has awarded this contract to the low bidder, Norris Brothers, at 
their bid price of 625,204.50. 
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meeting of the Indians of the Celilo tribe and those of the Yakima and Warn 
Springs tribes in regard to the Commission's proposal for right of way and 
the cleaning up of their village but no agreement was reached, it appearing 
that the site proposed for the use of the Yakima and Warm Springs Indians was 
not acceptable to them, hence there is nothing to report. He advised, how- 
ever, that it is his intention to take the matter up with the authorities in 
Washington, D. C. 


Mr. Whiz then asked the Commission to take action to control the 
speed of traffic past the Celilo Indian village. He said that under present 
conditions traffic speeds by the village at an excessive rate endangering the 
lives of the Indians, particularly when crossing the highway in going to and 
from the Celilo store. After discussion, it was agreed that nothing should be 
done in regard to this matter until it is known whether or not the present 
plan, which involves the construction of a pedestrian underpass, meets with 
the approval of the authorities. In the event that such plan is not approved 
then the Commission will give the matter further study. 


At 11:00 o'clock a. m. Chairman Cabell announced the following sales 
of buildings at Marshfield and Cottage Grove, bids for which were received by 
the Commission on the previous day, such sales having been previously approved 
by the Commission by unanimous vote: 


Buildings at Marshfield: 


"Building No. 7827 (formerly oimed by Monrad Underland). Five 
bids were received for the purchase of this building, the high one 
being that of C. V. Bloyd, Marshfield, at 537.50. The second high 
bid was that of Kenneth E. Dodd, Eugene, at $26.00. The Commission 
considers the bid submitted by Mr. Bloyd satisfactory, and accord- 
ingly sells the tilding to him at his bid of $37.50. 


"Building No. 7826 (formerly ovmed by Garland F. Lillie). The 
high bid was submitted by Elmer Mikulecky, Marshfield, at $40.00. 

This is Mr. Mikulecky's second choice. Inasmuch as his bid on another 
a has been accepted by the Commission, the bid for building 

No. 7826 cannot be considered. The second high bid was submitted 

by Mr. Ed Lorsung, Marshfield, at $40.00. Mr. Lorsung's bid was con- 
tingent upon his being sold all of the buildings at Marshfield, hence 
cannot be considered, inasmuch as he was not a successful bidder for 
the other buildings. The third high bid was submitted by Kenneth E. 
Dodd, Eugene, at *31.00. The only other bid was submitted by Frank 
Davies, Eastside, at “17.00. The Commission has accepted the bid 

of Mr. Dodd and has sold the building to hin at his bid price of 
“31.00. 


"Building No. 7824 (formerly ovmed by the George W. Davidson 
Estate). The high bid was submitted by C. V. Bioyd, Marshfield, at 
“22.50. Mr. Bloyd qualified his bid by stating that he would pur- 
chase only one building at this letting. His offer for Building 
No. 7827 has been accepted, so his bid for Building No. 7824 cannot 
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Chairman Cabell explained that the Commission realizes that the pres- 
ent road is not on the proper alignment or in the best of condition, and it was 
the Commission's thought that the people particularly wanted a dustless road 
which was the reason that the Commission authorized the light oil treatment this 
year at minimum expense. The estimated cost to construct on permanent align- 
ment, he said, is in excess of %200,000 which the Commissiog cannot spare at 
the present time in fairness to other parts of the state, icularly in view 
of the fact that so mich money is now being spent in the Baker district. The 
Commission's construction program for this year, he said, has already been pre- 
pared and includes an item of $10,000 for the oiling of the section under dis- 
cussion. However, if the people of Baker County do not want this improvement, 
then of course the funds will have to be reallocated to some other project, 
preferably in Baker County so that Baker County would not lose the benefit of 
the same. He reiterated that the Commission does not have money available to 
even start construction on the permanent alignment now. 


Commissioner Aldrich gave as his opinion, in view of the circun- 
stances, that it would be advisable to improve the present road which would 
serve traffic until the Commission is able to finance construction on the per- 
manent line. He pointed out that this highway is not on the federal aid system 
so would have to be financed entirely with state money, however predicted never- 
theless that the new line would be built in four or five years. Commissioner 
Clough concurred in the statements made by Chairman Cabell and Commissioner 
Aldrich. After further discussion, Chairman Cabell informed Judge Baird that 
the Commission would bear this project in mind and discuss with the engineer 
the possibilities of building the new line by stage construction. 


Messrs. Harry Coffey and 0. A. Feland, representing the Mutual Bene- 
fit Health and Accident Insurance Company, discussed with the Commission mat- 
ters pertaining to the furnishing of group insurance covering saleried em- 
ployees of the State Highway Department. The Assistant Attorney reported on 
the proposed form of agreement covering the matter and pointed out several 
features which, in his estimation, should be modified. After discussion, the 
Commission indicated that it would approve the agreement with the modifica- 
tions recommended and would authorize deductions from monthly payrolls to pay 
the premiums. The matter was re-referred to the Assistant Attorney to iron 
out the differences with the insurance company. He was instructed to present 
the matter to the Commission again at its next regular meeting. 


Mr. John ‘hiz, Celilo Indian and interpreter for Chief Tommy Thomp- 
son, Was present in regard to the improvement of the Columbia River Highway 
past the Celilo Indian village near The Dalles, also in regard to the cleaning 
up of the Indian village proper. He stated that arrangements have been made 
for him to go to Washington, D. C., on behalf of the Celilo Indians and in- 
quired whether or not the Commission has objections to his using and quoting 
the State Highway Engineer's letter dated February 16, 1940, to M. A. Johnson, 
Superintendent, Yakima Indian Reservation, which, he pelieved, would help their 
cause considerably. He was authorized by the Commission to use this letter as 
he sees fit. Mr. Whiz then reported that, in accordance with the understand- 
ing that was reached when Chief Thompson and other members of the tribe ap- 
peared before the Commission at its last meeting, Chief Thompson called a 
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discussion was had as to the possibility of controlling traffic at this point 
by means of manually operated traffic lights. The Commission's decision in 
this matter was deferred pending further investigation by the Engineer. He 
was instructed to have the Traffic Engineer ride with one of the Consolidated 
Freight Line trucks through this tunnel and ascertain whether or not it would 
be possible to negotiate the tunnel without crossing the highway center stripe. 
The possibility of the truck passing through the tunnel without crossing the 
center stripe would indicate sufficient clearance for two trucks to pass in 
the tunnel and, under such circumstances, the Commission would authorize the 
granting of a permit for the 11'6" overall height movement without special 
flagmen or under the protection of traffic lights. 


Mr. A. B. Sanders, Manager of the Oregon Coast Highway Association, 
was present and asked the Commission to postpone the further cutting of Scotch 
Broom along the Oregon Coast Highway, in Douglas County, until that already 
cut has grown back to normal size. The Engineer was instructed to have the 
Landscape Engineer look into the matter. 


Mr. Bud Dietlein, owner of the diorama that was exhibited in the 
Oregon booth at the San Francisco Fair in 1939, was present in regard to re- 
newing his contract with the Commission for the showing of this diorama at 
this Fair in 1940. He agreed to exhibit the same if paid the sum of $3,000. 
He gave as his thought that the equipment has proved itself and that it is 
worth such sum if exhibited again this year. The Commission took the mtter 
under advisement. 


A delegation from Eugene, consisting of Messrs. "im. Tugman, Ed. Turn~ 
bull, Mayor Elisha Large, and Fred Stickels, President of the Chamber of Com- 
merce, came before the Commission in regard to the Commission's plans for the 
rerouting of the Pacific Highway through Eugene. The Engineer reported brief- 
ly the results of the surveys that have been made of this project which include 
not only the rerouting of this highway through Eugene but covers the matter of 
connections with the McKenzie and the Willemette Highways. He recommended 
adoption of the sc~called Goshen Route for the Willamette Highway connection 
and the retention of the present route of the Pacific Highway from Goshen 
northerly to Springfield, thence to Eugene, following closely the existing 
route, with revisions to eliminate railroad grade crossings, provided the City 
of Eugene will adopt ordinances ordering one-way traffic on certain streets 
in Eugene. Otherwise, he said, the Commission vould probably be forced to con- 
struct the highway on a permanent.route which would bypass the City of Eugene 
on the west. He also recommended the construction of the Eugene-Springfield 
Section as the first project, involving the moving of the railroad closer to 
the river, and the construction of four-lane pavement between Eugene and Spring- 
field. As a second project, he recommended the construction of the Willamette 
Highway easterly from the town of Goshen. The Commission indicated approval 
of the Engineer's report and recommendations and informed the delegation that 
in its opinion the Eugene-Springfield project is a logical one for 1941 grade 
crossing elimination funds. The plan as oatlined appeared to meet with the ap- 
proval of the delegation, whereupon the Commission decided to hold a public 
hearing on the matter in Bugene on Wednesday, May 1, 1940, starting at 2:00 
o'clock p. m. The Secretary was instructed to formally notify the city of the 
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be considered. The next high bid was submitted by Kenneth E. Dodd, 
Eugene, at $20.00. Frank Davies, Eastside, was next at $17.00. 

There were two lower bidders. The Commission has sold the building 
to Mr. Kenneth E. Dodd at his bid price of $20.00. 


"Building No. 7825 (formerly owmed by Ida D’Ambrosia). The 

high bidder for this building was Elmer Mikulecky, Marshfield, at 
$200.00. Tue next high bid was that submitted by E. B. Pope, Marsh- 
field, at $100.00. There were three lower bidders. The Commis- 

sion has sold the building to Hr. Mikulecky at his bid price of $200." 
at Cot : 

"Building No. 5694,(formerly ovmed by A. W. Helliwell). With 
either tract A, or tract B, or with both tracts. The Commission re- 
ceived no bids for this property under any of these alternates. How- 
ever, the Commission did receive a bid for Tract A alone, being 
that of D. C. Greening, Cottage Grove, in the amount of 500.00. 
The Commission has rejected this bid as being unsatisfactory. 


“Building No. 5694, alone. The only bid received for this 
building was submitted by Kenneth E. Dodd, Bugene, at $206.00. The 
Commission considers this bid satisfactory and has sold the tuild- 
ing to Mr. Dodd at his bid price. 


"Building No. 5638 (formerly otmed by Naomi Hoskins Preston). 
No bids were submitted for the purchase of this building." 


Mr. James Morrell of the Consolidated Freight Lines, Portland, came 
before the Commission in regard to the company's request for a blanket permit 
authorizing the movement of its trucks, which are 11'6" in height, over state 
highways, particularly over the Pacific Highway between Portland and the Cali- 
fornia line and over the Old Oregon Trail between Portland and Ontario. He 
advised that his company has given careful consideration to the Highway Com- 
mission's proposal that the company pay the cost of depressing the Pacific 
Highway at the Springfield and the Goshen undercrossings, which work is es- 
timated to eost in excess of “4,000, and has decided that it cannot pay such 
cost because it believes that it should not be held responsible for these in- 
provements in view of the fact that they are improvements for the benefit of 
the entire general public. After discussion the Commission decided unanimously 
to pay such expense with state funds and instructed the Engineer to have the 
work performed as soon as possible. He was also instructed in the meantime 
to investigate the clearances at both of these underpasses. If such inves- 
tigation reveals sufficient clearance for 11'6" overall-height vehicles then 
the Commission will issue a permit authorizing the company to move its trucks 
over this highway at once; otherwise, the issuance of a permit will be de- 
ferred until the vertical clearance of each pass has been increased. As to 
the company's request for a similar permit to move its trucks over the Old Ore- 
gon Trail, the Engineer reported that there is sufficient clearance at all 
points except at the Mosier Tunnel where investigation reveals it would not be 
possible for two trucks each 11'6" in height to pass in the tunnel. Some 
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northerly right of way line of the railroad in the SH: of the NE} of Section 
4, Township 2 North, Range 9 East, W.IM., near Lindsey, in Hood River County. 
They explained that the Railroad Company is making a line change in this vi- 
cinity and needs this additional strip of property for the extension of its 
slopes; that this land is below the normal pool level of the Columbia River 
and is now covered by water; and that the tract embraces approximately 0.8 
acre of land for which the company is willing tg pay the state $20.00 cash. 
The Engineer advised that this property is a portion of the Starvation Creek 
State Park and, according to the State Parks Superintendent, is not particu- 
larly needed for park purposes. He recommended, in view thereof, that the 0.8 
acre be sold to the railroad company at the price offered. The Commission ap- 
proved the recommendation unanimously subject to the condition that the deed 
by which the property was conveyed to the state does not contain provision pro- 
hibiting resale by the state of any portion of the property. The matter was 
referred to the Attorney for handling. 


A letter was presented to the Commission from Mr. A. M. Williams, 
Chairman of the North Lincoln Park Committee, Nelscott, advising that a Mr. 
Vi. L. Graham, Portland, who owns 20 acres of land on both sides of the Oregon 
Coast. Highway between Delake and Nelscott on which there ts a fine stand of 
virgin timber, has plans for the sale of this timber in the near future, and 
suggesting that the Highway Commission purchase a strip at least 100 feet wide 
fronting on the highway for about 660 feet, so as to preserve the timber stand- 
ing thereon fér public use and enjoyment. The Engineer was instructed to re- 
fer this matter to the State Parks Superintendent for investigation and to as- 
certain whether or not a strip 100 feet wide would be sufficient. 


Tue Commission had under discussion the matter of authorizing Harold 
B. Say, Manager of the Travel and Information Department, to make a trip into 
California, involving about 16 days and an outlay of approximately $100 for 
expenses, starting about April 20, 1940. Also, the advisability of authoriz- 
ing Mr. Say to make a trip into the ijiddle Vest, starting ubout the middle of 
Way, ond involving a state expenditure of approximately 3200, which trips are 
for the purpose of promoting tourist travel for the benefit of Oregon. The 
Engineer advised that Mr. Say has it in mind to contact various motor clubs 
and newspapers in the western and mid-western sections of the United States, 
particularly in the areas from which Oregon is now deriving substantial travel 
and, with proper efforts, can exvect increased travel. Further, that the mid- 
vestern trip would include stops at Salt Lake city, Denver, Omaha, Kansas Citys 
St. Louis, Chicago, Milwaukee, Minneapolia, Detroit, Cleveland, Cincinnati, 
Fargo, Yellowstone, und Billings. He also said that Mr. Say will be accom— 
panied by Mir. Ray Andrews, Vice President of the Botsford, Constantine and 
Gardiner Company, which company ic henaling publicity matters for the Highway 
Department. He recommended that Mr. Say be authorized to make these trips. 
The Commission approved the recommendation by unanimous wote, subject to ap- 
proval by Governor Charles A. Sprague. 


The Commission ajdjourned at 12:45 o'clock p. ™ -h reconvened at 
4 5 $ f'n} s r 
2:00 o'clock p» m in the same room with Chairman Cabell and Commissioner — 
Clough Crodact and participoting. Also present “ere the State Highvay Engi- 
neer, the Attorney, and the Secretary: 
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hearing. The Engineer was thereupon authorized to release his report on this : 
subject to the newspapers during the following week. : 


Mayor Large advised that the City of Eugene will cooperate in every 
way possible in this undertaking. He gave as his opinion that the City Coun- 
cil would not hesitate to adopt ordinances providing for one-way traffic 
streets as may be required. Mr. Turnbull suggested congtruction of an exten- 
sion of 7th Street to a connection with the Pacific Highway west of Eugene, 
as an aid to the traffic problem. He also suggested that the Commission des- 
ignate as 2 secondary state highway an extension of the Pacific Highway from 
7th Street to llth Street, in order to provide a state highway connection with 
the so-called "Route F" Highway to the Coast. The Commission agreed to con- 
sider the matter. This concluded the conference. vi 


The Commission by unanimous vote approved the minutes of the meet- 
ing held on January 10, 11 and 12, 1940. 


The matter of acquisition of right of way through the Jordan prop- | 
erty at Troutdale came up for informal discussion and it was revealed that | 
Chairman Cabell, responding to Mr. Jordan's request, personally inspected the 
property. After some general discussion, Mr. Cabell suggested that inquiry be 
made to ascertain the price for which lir. Jordan's entire ranch could be pur- 
chased and also the price for which not only the right of way but the land ly- 
ing between the right of way and the dike could be purchased and the Commis- ; 
sion would then give further consideration to the subject. { 


The Engineer read aloud a report from the State Parks Superintend- 
ent relative to the acquisition of timber strips along the Pendleton-John 
Day Highway. The report was to the effect that the Pilot Rock Lumber Company 
which orms this timber is willing to sell to the state the timber situate in 
the Camas Creek area and along the John Day River bettreen Camas Creek Bridge 
and the north boundary of the Whitman National Forest, at the Umatille-Grant 
County line, at the following rates: %3.00 per M-FBM for the pine timber 
and $0.75 per M-FBM for the tamarack, there being no charge for the fir, sale 
being based upon a timber cruise made by the present ommers and being contin- 
gent upon the company retaining title to the land. The report also indicates 
that there are some 1,200 acres involved in this transaction and that the tim- 
ber stand is approximately 4,000 feet per acre which makes the cost approxi- 
mately $12.00 per acre. It was the Parks Superintendent's belief that the ac~ 
quisition of these timber strips would make « timely and pleasing addition to 
one of the generally treeless Eastern Oregon highways if the land could be ob- 
tained along with the timber. The Commission appeared reluctant to acquire 
the timber only. After discussion, during which Commissioner Aldrich expressed 
his opinion that at least some of this timber land should be purchased, the 
matter was referred to the Right of Tay Department to negotiate with the owm- 
ers end secure options, if possible, after first consulting with the Parks 
Superintendent. 


The Commission had under discussion a letter from the Oregon Wash- 
ington Railroad and Navigation Company relative to the purchase by the company 
of a strip of land 40 feet wide and approximately 870 feet long adjoining the 
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The Commission was asked if it intends to discontinue the granting 
of permits for the hauling of extra long logs. Chairman Cabell replied in 
the affirmative, stating that such permits would not be granted unless the 
owner would certify that they are not to be cut into shorter lengths at the 
mill, He added that the argument that the otmers secure more money for the 
a ing is not a good one and is not sufficient to justify the granting of 
permits, 


Senator Franctscovich stated that his clients are not perticularly 
concerned with the new ruling because their operations are confined to the 
hauling of short logs which, he understands, the Commission will allow to be 
transported without permit. Logs of such length, he said, will not be re- 
sawed into shorter lengths at the mill. He also said that he was a member of 
the Legislature when the law specifying maximum lengths was enacted and, as he 
recalls, it was the general feeling of the Legislators that the Highway Commis- 
sion should have authority to grant overlength permits whenever it considers 
it necessary to do so. He suggested that the affidavit contained in the appli- 
cation for an overlength permit be swoyn to by the logging operator rather 
than by the individual trucker. The Commission indicated that the suggestion 
was worthy of consideration. 


Mr. Packwood asserted that the operators do not know where the logs 
are going when they deliver them, hence the proposed ruling of the Commission 
requiring the operator to state where the logs are to be delivered is not 
practicable. He gave as his interpretation of the law that the Commission now 
has authority to grant overlength permits at its discretion and suggested the 
continuance of past practice in this regard, at least until some court decides 
the issue and, in any event, until the next Legislature convenes when the mat- 
ter can be clarified. We asked the Commission to defer putting the new regu- 
lations into effect until he has had an opportunity to discuss with the Com- 
mission's Attorney, and other attorneys, the legal features. Chairman Cabell 
gave as hisqpinion that lir. Packwood's request is reasonable whereupon the 
Commission instructed the Attorney to consult with Mr. Packwood in regard 
thereto. The Commission decided that, if it can be convinced by these attor- 
neys that it now has the authority to grant overlength permits, then it would 
authorize continuance of the granting of the same until the meeting of the 
Legislature in January of 1941. : 


Chairman Cabell concluded the conference by stating that there is 
no question but that considerable confusion exists at the present time, how- 
ever, in his estimation, it is not a matter for the State Highway Commission 
to tell the Legislature what to do, but on the contrary it is the function of 
the Commission to carry out the instructions end orders issued by the Legisla- 
ture and if the logcsing industry is not satisfied with the present laws it 
mist take the initiative in securing additional legislation. The conference 
was concluded at 3:00 o'clock p, m. 


The Commission had under discussion the matter of acquiring from the 
Koster Products Company 116 acres of timber land situate adjacent to the ‘olf 
Creek Highway between the Nehalem River and Quartz Creek. C. ‘J. Parker, right 
of way buyer, reported results of his negotiations with the company for the 
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The Commission conferred with representatives of the logging and 
lumber industries regarding the transportation over state highways of loads 
of logs, piling, et cetera, the overall length of which exceeds the statutory 
limit of 50 feet. There were approximately 50 representatives of the lumber 
arai logging industries present including the following: R. K. McCulloch, Eu- 
gene; James Elliott, Astoria; E. VanVleet, Seaside; H. J. Cox, Eugene, Secre- 
tary-Menager of the Willamette Valley Lumbermen's Association; Senator F. M. 
Frenciscovich, Astoria, representing the Clatsop County loggers; Fred W. Pack- 
wood, attorney, Portland, representing the lumber industry in general; W. S. 
Pratt, Milwaukie, contract hauler; Baxter Moore, Colton; F. D. Butler of the 
Thompson Lumber Company; 0. K. Mowat of the Colton Logging and Lumber Company; 
T. W. Collins; and a Mr. Haley. 


Chairman Cabell opened the meeting by explaining its purpose. He ad- 
vised that the Commission is greatly concerned about the matter of granting 
permits for the transportation over state highways of logs involving overall 
lengths in excess of the 50-foot limitation specified by statute. He pointed 
out that the Highway Commission was granted limited authority by the Legisle- 
ture to grant permits for emergency and isolated movements, but the Legisla- 
ture did not give the Commission blanket authority to issue overlength permits 
indiscriminately. In fact, the Commission considers, he said, that the Legis- 
lature, by its action at the 1939 session when it voted down the bill that 
would have increased the overall length to 60 feet, does not want loads of 
such length moved over the highways of this state, except in cases of emergen~ 
cy, and in view thereof the Commission has decided not to grant permits for 
the same. However, if the applicant can clearly show that the logs are for 
emergency use in providing extra long timbers and are not to be cut into 
shorter lengths at the mill, then the Commission vill give special considera- 
tion to the request and may grant special permits in the event that seems prop- 
er. This procedure, he said, will not entirely solve the problem but will aid 
greatly in its solution. Also, that special forms of application are to be 
prepered for use of each operator in filing his request for an overlength per- 
mit. Chairman Cabell then invited those present to express themselves in re~ 
gard thereto. 


There followed a general discussion of the matter during which it 
was pointed out by the operators that they do not know when they receive an 
order for long logs for what purpose the logs are to be used or where they are 
to be delivered eventually. In fact, about all that they do know is that the 
logs are going to the river for the open market. It was also pointed out thet 
logs in long lengths are more salable than in shorter lengths, hence bring a 
better price. Mr. Elliott inquired whether or not the new ruling would be ret- 
roactive. He pointed out that he plans his operations well in advance and at 
the present time he has about 2 million feet of extra long logs ready in the 
woods for immediate delivery. He asked whether or not it would be necessary 
to buck these logs into shorter lengths. The Commission decided that if Mr. 
Flliott or any other operator will certify that his logs were bucked into the 
longer lengths before the Highway Commission's new rules became effective, then 
permission would be granted to move them over the highway, but no permit would 
be granted for logs so cut after the new rule becomes effective. 


et 


ST TS es SNe ae lS Oe 


: 
| 


9439 


WHEREAS, subsequent to the passage of said resolu- 
tion, conditions have changed so that it is no longer necessary 
or desirable, and the Commission hereby finds that it is no 
longer necessary or desirable to maintain the reduced load limit 
set out in said resolution on the said above-named highway; 


NOW, THEREFORE, BE IT RESOLVED that the action of 
the State Highway Commission reducing the maximum permissible 
load limit on the 


PENDLETON-JOHN DAY HIGHWAY from Nye Junction 
to Ukiah, in Umatille County, 


be and the same hereby is rescinded and cancelled as of this 
date, and the maximum load limit permissible on the said sec- 
tion of said highway hereafter shall be the maximum load limit 


provided by lav. 


IT IS HEREBY ORDERED that a certified copy of this 
resolution be furnished to the County Clerk of Umatilla County 
in which said highway is located, and that a certified copy 
of this resolution be furnished to the Superintendent of the 
Department of State Police for his information. 


The cuestion of the penalty to impose on log haulers who have over- 
loaded their trucks in log hauling operations on the Elsie-Jewell Road, in 
Clatsop County, had the attention of the Commission. The Engineer advised 
that recently officers of the State Police Department arrested several opera- 
tors on this road and, in weighing the loads, found that they were grossly 
overloaded, in one instance the overload being 7,100 pounds and in another in- 
stance it being 27,300 pounds. Other overloads amounted to 34,600 pounds, 
10,200 pounds and 31,300 pounds. The Commission decided that these overloads 
should not go unnoticed and, accordingly, ordered that the permits of these 
operators be cancelled for a period of 60 days in the event investigation re- 
veals that the State Highway Commission has jurisdiction over the road on 
which the violations occurred. The Secretary vas instructed to look into the 
matter and to ask the Public Utilities Commissioner to suspend the permits if 
this road is under the jurisdiction of the Commission. 


The Secretary presented a petition signed by numerous citizens of 
Tillamook County requesting the construction of a proposed cutoff road connect- 
ing the Salmon River Highway and the McMinnville Highway between Boyer and 
Dolph. The Commission ordered the petition filed. 


The Commission had under discussion the approval of a continuing 
\.P.A. project on the Wilson River Highway. The Engineer advised that the pres- 
ent allotment of \J.P.A. funds for this road will be exhausted by July 1 of 
this year and, if work on this project is to continue, additional '!.P.A. funds 
mast be secured. He recommended a project involving a total expenditure of 
$1,100,000 of which amount the State's share would be $250,000, Tillamook 
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acquisition of this .-art which, he said, contains about 1,400 M-FBM of timber. 
He advised that the conpany is willing to exchange this property on a foot per 
foot basis for burned timber owned by the state south of the Wolf Creek High- 
way right of way in Section 33, T. 4 N., R» 6 W., W.Me, Clatsop County, and in 
Sections 3 and 4, T. 3 N., R. 6 W., W.M., Tillamook County, there being 1,240 
M-FBM of such burned timber, provided the state will pay the company $545 cash 
in addition thereto to equalize the settlement. He recommended acquisition of 
the property on such basis. The Commission, after discussion, approved the 
recommendation unanimously. 


The Attorney brought up for discussion the settlement for right of 
way across the Frank Heck property at Cottage Grove. He recalled that the Com- 
mission previously authorized an offer of $16,000 in connection with the con- 
demnation of this property which offer was refused, but hr. Heck has stated his 
willingness to accept the sum of $16,750. He recommended settlement at such 
figure in order to avoid condemnation. After discussion the Commission ap- 
proved the recommendation unanimously. 


The Secretary presented a letter from the Honorable Charles A. Sprague, 


Governor, advising, as a matter of record, that he has appointed Mr. Herman 
Oliver, John Day, Oregon, as a member of the State Highway Commission to suc- 
ceed Mfr. E. B. Aldrich at the expiration of his term on March 31, 1940, said 
appointment to expire on Merch 31, 1943. The Commission ordered the letter ac- 
knowledged and filed. 


The Engineer reported serious damage being done to the Yloodburn-Sandy 
Secondary State Highway west of Molalla by log haulers, with the result that 
maintenance costs have become excessive and the section crews are unable to 
keep the road in passable condition regardless of the fact that they have per- 
formed intensive maintenance work. He suggested that the Commission order a 
50 per cent reduced load limit on this section until such time as the road be- 
comes stable enough to withstand legal weight loads. He also reported a simi- 
lar condition on the Albany~Lyons Secondary Highway, near Crabtree, and recom- 
mended similar action by the Commission on this road. He was instructed by the 


Commission to inspect these road rsonally and t st them for such reduced 
Toad ifmits in the event he sensiders that asisatie. 


The Engineer also reported that the reduced load limit heretofore 
ordered by the Commission for the Nye Junction-Ukiah Section of the Pendleton- 


John Day Highway is no longer required inasmuch as the road has dried out suf- 
ficiently to withstand lega} weight loads. He recommended lifting the reduced 
limit on this section. The Commission approved the recommendation < nd, by un- 
animous vote, adopted the following resolution in regard thereto; 


WHEREAS, on the 16th day of February, 1940, at a meeting 
of the Oregon State Highway Commission, all members being present 
and participating, the Commission passed and adopted a resolution 
reducing the maximum load limit on several state highways, includ- 
ing the follorring: 


PENDLETON-JOHN DAY HIGIUAY from Nye Junction to 
Ukiah, in Umatilla County; 
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Plans - - - - - 21-2833 - Depoe Bay Section, Oregon Coast Highway, Lincoln 
County. 3rd authorization - $240.00 
Total to date $900.00 
Plans =----- 123-2818 - Malloy Ranch-liooker Creek Section, I.0.N. Highway, 
Malheur County. lst authorization - $5,600.0 
Bench Mark - - 24~2829 - North Salem Section, Pacific Highway, Marion County. 
lst authorization - $100.00 
Plans - - - - - 226-2842 - Union Avenue-St. Johns Sec., Lombard Avenue in Port- 
land, Multnomah County. 1st authorization - $2,000.00 
Plans - - - ~ - 33-2819 - Shaniko-The Dailes-—California Highway Section, Sher- 
man Highway, Wasco Co. 3rd authorization - $700.00 
Total to date $3,100.00 
Plans ~- - - - - 101-282] - Mason-Salisbury Section, Sumpter Valley Highway. 
Baker County. 2nd authorization - $1,200.00 
Total to date $3,000.00 
Reconn.- - - - 2-2820 - Through Corvallis, Pacific Highway West, Benton 
County. lst authorization - $150.00 
Plans - - - - = 2042826 - Skipanon-Ft. Stevens Section, Ft. Stevens County 
Road, Clatsop Co. 2nd authorization - $1,550.00 
Total to date $2,050.00 
Stock Pile - - - 4-2833 - Mile Post $1.7, Columbia River Highway, Clatsop 
County. Ast authorization - $ 60.00 
Plans - ---- 5-2820 - Scappoose-lultnomah County Line Section, Columbia 
River Highway. Columbia Co. 2nd authorization ~ $1,000.00 
Total to date “3,000.00 
Plans ----- 9.2827 - Greenwood Ave. Undercrossing, Central Oregon Highway, 
Deschutes County. lst authorization - $500.00 
Stock Pile - - 9-2828 - Lapine-Horse Ranch Section, Fremont Highway, Des- 
chutes County. lst authorization - $600.00 
Location - - - -10-2825 - Gardiner Section, Oregon Coast Highway, Douglas 
County. 3rd authorization - 3200.00 
Total to date ‘1,880.00 
Plans - - --- 10-2826 - Canyonville-Days Creek Section, Tiller-Trail High- 
way. Douglas County. st authorization - $600.00 
Quarry - ---- 13-2817 - Sage Hen Hill-Harney Section, Central Oregon High- 
way. Harney County. lst authorization - $250.00 
Right of Way - 14-2815 - Hood River Loop Sect ion, Columbia River Highway. 
Hood River County. lst authorization - $150.00 
Plans - - - - - 15-2824 -- Medford Section, Pacific Highway, Jackson County. 
lst authorization - $200.00 
Plans - --~=- 121-2826 - Toledo-Siletz Section, Siletz Secondary Highmay, 
Lincoln County. 3rd authorization - $500.00 
Total to date ‘32,700.00 
Plans - ---- 22-2822 - Albany Section, Pacific Highvay East, Linn County. 
lst authorization - $600.00 
Location ~ - - 122-2823 - Crabtree-Scio Section, Albany-Lyons Secondary High- 
way. Linn County. lst authorization - $150.00 
Plans - ---- 23-2819 - Ontario-Undercrossing, Old Oregon Trail, Malheur 
County lst authorization - 3150.00 


County's share $30,000, and the balance, $320.00, would be 1.P.A. funds. The 
work contemplated under this project, he said, would include grading, base 
course surfacing, and oil mat surfacing; also, construction of bridges as will 
be necessary, roadside cleanup, park development, and the felling of danger 
trees; and it would extend from the mouth of the Wilson River canyon west of 
Mills Bridge to a point approximately 2) miles southerly from Glenwood, but 
would not include the tunnel on this road. After discussion, the Commission 
approved the project and authorized the Engineer to sign the necessary papers 
to secure W.P.A. funds for the same. 


The Attorney reported the results of the condemnation suit to ac- 
quire property of Mr. C. T. Gates, in Oregon City, which property is needed to 
provide a proper width right of way for the Pacific Highway East in Oregon 
City, along Fifth Street. He stated that the trial was not consummated but 
during the course of the same a satisfactory settlement was reached out of 
court which provides payment to lir. Gates of the sum of $12,900 and also pro- 
vides that the state will install tie rods to protect the joint building wall 
between the Gates property and the adjoining property otmed by a Mr. Tolf, and 
that the state will deed to Mr. Wolf the land on which the joint property wall 
rests. The Commission, by unanimous vote, approved such settlement. 


The Engineer presented a list of surveys that he has ordered since 
the lest meeting of the Commission and asked the Commission to confirm them 
and the amounts allocated for cach. After due consideration, the Commission 
authorized and instructed the Engineer to make such location surveys on vari- 
ous sections of the highways of this state, which said sections of highways, 
together with their identifying survey numbers and the amounts authorized and 
allocated for such survey expenditures, are as follows: 


Plans - - --- 6-2810 - Marshfield-Bunker Hill Section, Oregon Coast Highway, 
Coos County. 5th authorization - $200.00 
Total to date $18,500.00 

Retrace Line - - 8-2813 - Port Orford-Rocky Point Section, Oregon Coast High- 


way, Curry County. lst authorization - $150.00 
Quarry ----- 9-2826 - Bend-Chemlt Section, The Dalles-California Highway, 

Deschutes County. lst authorization - {700.00 
Plans - - - - - 116-2809 - ‘lasco County Line-Miller Flat Section, Warm Springs 

Highway, Jefferson Co. 1st authorization - $1,200.00 
Prospect - - - 116-2808 - Lamonta-Crook County Line Section, arm Springs : 


Highway, Jefferson Co. 2nd authorization - $200.00 
Total to date ‘49,800.00 


Plans - - - - - 18-2816 - U.S.R.S. Flume, Klamath Falls-Malin Highway, Klamath 
County. 3rd wthorization - $150.00 
Total to date $1,050.00 

ee == = <= 18-283 - Klamath Falls-Lakeview Junction Section, Klamath 


Falls~Lakeview Highway, Klamath County. 
ist authorization - 54,200.00 


Plans - - - - - 21-2838 - Netport Section, Oregon Coast Highway, Lincoln County. 
lst authorization - 3500.00 
Plans - - - - - 121-2326 - Toledo-Siletz Jection, Siletz Secondary Highway, 
Lincoln County. 2nd authorizetion - $1,400.00 


Total to date $2,200.00 
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three-bag mix, to which proposition the contractor agreed. However; 
tests of the concrete made from such mix vere so low that the con- 
tractor was forbidden to open the section to travel until the con- 
crete hac cured for 26 days, whereas, normally it vould have been 
opened up within 21 days. In other words, on account of change in 
specifications, the contractor should be allowed seven days' exten- 
sion of time. He recommended, in vier of the circuastances, that 
the extension of time requested be approved but that the contractor 
be charged with the engineering and inspection costs incurred by 
the state subsequent to Noverber 26, 1939, which would allow 26 
days' extension without penalty. The Commission approved the rec- 
ommendation unanimously. 


Contracting and Sales Company, Inc., Contract No. 2263, for 
moving and reconstructing the ilethodist Episcopal Church building 
along the Pacific Highway “lest, at Tigard, in Yashington County, 
requested an extension of time, frou March 6 to June 6, 1940, with- 
in which to complete thie project. They alleged that their failure 
to complete the project within the specified time limit was due to 
adverse weather conditions. The Engineer advised that the reason 
given by the contractor for failure to complete the project on 
time is correct. He explained thut the buildings are being moved 
onto low and rather swampy cround, and that the continued rain of 
the last two months has made it impossible to carry on the work to 
complete the job on time. Hé also said that the mildings are oc- 
cupied and in use and to herve continued the moving under the cir- 
cumstances would have seriously inconvenienced the omers. He rec- 
ommended, in view thereof, that the extension of time requested be 
granted without penalty and jin support thereof presented a letter 
from the Chairman of the Church Board consenting to such extension. 
The Commission epuroved the recomondation unanimously. 


The Engineer reported that contracts Nos. 2193, 2216, 2218 and 2243, 
for the construction of state highway projects, have been completed according 
to the requirements of the contracts, or modifications thereof, and that said 
jobs are now ready for acceptance. The following resolution accepting the 
above projects was offered and was ndopted by the unanimous vote of the Con- 
missions: 


WHEREAS, the Engineer has reported thet the folloring utate 
Highway Commission contracts for the construction of state highway 
projects have been completed according to the terns and provisions 
of the contracts and said jobs are now ready for acceptance: 


Contract No. 2193, with Berke Bros., Inc., for 
grading and paving the Roseburg-Shady Point Section of 
the Pacific Highway, in Douglas County. Completed Febru- 
ary 23; 1940. 


man e2 1940 


PAR 22 


Ironside-Brogan Section, John Day Highway, Malheur 


County. lst authorization - $200.00 
Quarry - - - - 23-2821 - Cairo Junction-Nyssa Section, Old Oregon Trail, Mal- 

heur County. lst authorization - $200.00 
Plans ~ - - - -226-2841 - New Barnes Road-Germantown Road Section, Skyline 


Blvd. (County Road) Multnomah County, 
2nd authorization - $1,350.00 
Total to date $1,950.00 
Bridge - - - - 29-2832 - Beaver Creek, Oregon Coast Highway, Tillamook County. 
lst authorization - $100.00 


Quarry - - - - 30-2828 - Pendleton-Pilot Rock Section, Pendleton-John Day High- 
way, Umatilla County. ist authorization - $200.00 
Plans - - - - - 31-2819 - Elgin-LaGrande-Hot Lake Section, ‘allowa Lake and 


Old Oregon Trail, Union County. 
lst authorization - $250.00 


Stock Pile - - 33-2621 - Mosier-Deschutes River Section, Columbia River High- 
way, Wasco County. lst authorization - $165.00 
Plans - - --- 33-2819 - Shaniko-The Dalles-California Section, Sherman High- 


way, Wasco County. 4th authorization - $900.90 
Total to date $4,000.00 


Plans - - - - - 34-2824, - Middleton-Newberg Section, Pacific Highway Vest, 
Washington County. lst authorization - $150.00 
Plans - - - - - 34-2819 - Multnomah County Line-Tigard Section, Pacific High- 


way ‘est, Washington Co. 5th authorization - $2,450.00 
Total to date $6,950.00 
Plans - - - - - 134-2823 - Campbell Bridge-Laural Road Section, Hillsboro- 
Silverton Secondary Highway, Washingtm County. 
2nd authorization - $1,075.00 
Potal to date $1,575.00 


The Commission had under consideration the following requests for ex- 
tensions of time within which to complete highway construction projects: 


R. I. Stuart and Sons, Contract No. 2216, for regrading and pav- 
ing the Eagle Point-Hog Creek Section of the Crater Lake Highway, in 
Jackson County, requested an “xtension of time, from October 31 to De- 
cember 27, 1939, within which to complete this job. They alleged that 
their failure to complete the project within the specified time limit was 
due to the failure of the United States Forest Service to remove its 
telephone pole line from the highway right of way and also because the 
Engineer ordered the road closed for 28 days due to experimental changes 
in the cement mix. The Engineer advised that this contract was avarded 
on September 1, 1939, and was supposed to be completed by October 31, 
1939, although it was not finished until December 27, 1939. He fur- 
ther advised that the contractor was delayed in commencing construc- 
tion operations by reason of the fact that adjacent property owners had 
not moved their fences and there were also telephone and power poles 
that interfered; in fact, the contractor lost 18 days’ time by reason 
thereof. He further advised that after the contract had been awarded 
the contractor was asked to construct 300 feet of pavement, using a 
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Agreement with the United States Bureau of Reclamation covering 
the matter of ditch crossings on the Lost River Bridge Section of 
the Klamath Falls-Nalin Highvay, in Kiamath County. 


Agreement with Samuel Wolf, Oregon City, with respect to the 
party wall between Mr. Wolf's property and the Gates property in Ore- 
gon City. 


Agreement with the Southern Pacific Company covering construc- 
tion of an underpass on the Wolf Creek Highway, at Strassel, in Wash- 
ington County. 


Joint agreement with the California-Oregon Power Company and the 
Pacific Telephone and Telegraph Company providing for the use of cer- 
tain poles in Klamath Falls, owned jointly by both companies, in con- 
nection with the suspension of overhead flashing beacons. 


Agreement with Sweet Home Warehouse Company providing for the 
lease by the state of certain property in Sweet Home for equipment 
storage headquarters. 


Receipt acknowledging payment by the Federal Government of the 
sum of $16,009.06 in full payment for perpetual flowage easement on 
land situate in Lot 5, Section hy Township 2 North, Range 9 East, 
W.M., Hood River County. 


Bargain and sale deed conveying unto Paul Nordyke and wife 
6328 sq. ft. of land situate adjacent to the Corvallis-Eastside Sec- 
ondary Highway near Corvallis, Benton County, right of way transac- 
tion No. 7063. 


Bargain and sale deed conveying unto Herbert V. Kruse 0.30 acre 
of land situate in the SW; of Section 36, Tormship 1 South, Range 1 
West, W.M., Washington County, right of way transaction No. 7001. 


The Commission considered the setting of a date for its next regular 


meeting for receiving bids on highway construction projects and decided unani- 
mously to hold such meeting in Portland on Thursday and Friday, May 2 and 3, 


The Secretary was instructed to meke the usual arrangements to hold this 


meeting in the auditorium of the Public Service Building. 


There being no further business to come before the Commission at this 


time the meeting was adjourned at 4:00 o'clock p. mn. 


Gis ; ADirce cook 
State Highway Engineer 


ee = 
Secretary erre we 
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Commissioner 


Contract No. 2216, with R. I. Stuart & Sons, for 
regrading and paving the Eagle Point-—Hog Creek Section 
of the Crater Lake Highway, in Jackson County. Completed 
December 27, 1939. 


Contract No. 2218, with Odom Construction Company, 
for moving and re-establishing the school bilding amd 
playshed near Manning, in Washington County. Completed 
November 18, 1939. 


Contract No. 2243, with Babler Brothers, for furnish- 
ing crushed rock in stock piles on the Seaside-Necanicum 
Summit Section of the Oregon Coast Highway, in Clatsop 
County. Completed March 1, 1940. 


THEREFORE, BE IT RESOLVED, that the work covered by said 


state highway contracts for the construction of said state highmy 
projects be declared completed according to the terms of the re- 
spective contracts, and said jobs are hereby accepted and finel 
payment in connection with each is hereby authorized. 


The Commission considered and signed agreements, ct cetera, as fol- 


Agreement with i. R. Shaw providing for the payment of $1,500 


toward the cost of constructing a relief map of the State of Oregon, 
one copy of which map is to be furnished the State Highway Depart- 


Agreement with the Western Union Telegraph Company providing 


for the use of one of the company's poles along the Southern Pacific 
Company's right of way between Salem and Geer, in connection with 
the operation of the Highway Department's radio station KOHS by re- 
mote control. 


Agreement vith the West Coast Power Company j ‘oviding for the 


use of three of the company's poles in connection with the suspen- 
sion of a flashing beacon over the Oregon Coast Highway at the 


Olive Street intersection, in Newport. 


the use of three of the company's poles in connection with a traf- 
fic signal installation on the Pacific Highway Bast, in Canby. 


use of one of the company's poles in connection with a traffic sig- 
nal installation in Canby. 


1940 


Agreement with the Canby Light and Power Company providing for 


Agreement with the Canby Telephone Company providing for the 
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TABLE OF CONTENTS _ 
Subject 


Columbia River Highway. Troutdale-Dodson Section. Bids for 
construction of embankment and culverts received by U. S. 
War Department. State to award contract to General Construc- 
tion Company. 

Albany-Lyons Secondary Highway. Crabtree-Scio Section. Repair 
work approved. 

Woodburn-Sandy Secondary Highway. Repair work approved near 
Molalla. 

Santiam Highway. Albany-Lebanon Section. Repair work approved. 

Salmon River Highway. Bellevue-Sheridan Section. Repair work 
project to be prepared for contracting. 

Portland. Front Avenue Project. Financing discussed. 

Florence. Delegation requests surfacing and oiling, at state 
expense, of road connecting old and new highway. Project ap- 
proved subject to legality of exvenditure of funds. 

Crater Lake Highway. Collection of fees from motorists who do 
not visit Park discussed. Solutions presented. No action. 

Wolf Creek Highway. Tunnel construction. Project to be pre- 
pared for contracting and submitted to Public Roads Adminis- 
tration for approval in 25 per cent partial program for 1941 
federal funds. . 

Equipment. Engineer authorized to purchase following: 

1 lj-yd. shovel with lighting system; 1 tractor; 1 12-yd. 
carryall scraper; 1 angle dozer. Instructions to Engineer 
relative to purchuse of tractor and scraper. 

10 light-type trucks; and 1 light-type sedan. 

2 car-heating boosters; and 10 truck scales. To be purchased 
on rental-purchase plan. 

Lacquer. Purchase of 10,000 gallons of white lacquer for paint- 
ing "no passing" lines approved. 

Log hauling. Adoption of policy with respect to granting per- 
mits for overlength loads discussed. No action. 

Salem. State Street. Widening between 12th and 13th Streets 
approved. 

Portland. Front Street Project. Resolution relative to des- 
ignating such route as a state highway route. 

Portland. Steel bridge over Willamette River. Union Pacific 
and Southern Pacific Companies to be informed of Commission's 
intention with respect to use of bridge in connection with 
proposed Front Street Project. 

Clatsop County. Warrenton. County Court requests that deeds 
for right of way for proposed improvement (Fort Stevens Road) 
be prepared to convey property direct to State of Oregon. Re- 
quest denied. 

San Francisco Fair. Contributing funds to assist in financing 
Oregon exhibit discussed. Referred to Chairman Cabell. 


Wilson River Highway. New W.P.A. project approved. Engineer 


authorized to sign papers to secure .P.A. funds. 
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Subject 


Load limit. Hesolution reducing maximum load limit on ‘lest 
Diawuond Lake Secondary State Highway. 
Resolution lifting reduced load limit on section of Lakeview- 
Burns Hihwsy. 

Peavining equipment. Permit to be granted Oregon Packing Cor- 
poration to transvort equipment in vicinity of Astoric. 

Plant specimens. Reyuest of Robert T. Clausen, Corneil Univer- 
sity, to collect nlants along highways «pproved. 

Log hauling. C. L. Hoover grunted extension of time to contin- 
ue logging operations on Columbia River Highway. 

Gravel. Conmission requested to prevent removal of rock and 
gravel from ccein heach at Bayocean, Tillamoo!: County. 

Curry County. Inrpection of county road extending up Rogue 
River from Wedderburn to be made. 

Columbia River Hightny. Acquisition of Jordan property, in 
Multnomah County, discussed. Maximum offer $13,000. 

Park matter: 
Umpqua Lighthouse State Park:- Purchese of 1,097.85 acres of 
government-owned land south of Yinchester Bay approved. 

Timber strips. Salmon River Highway. ‘liami Corporetion re- 
quested to grant c-nonths! extension of time for purchase of 
strips. 

Pork matter: 
Tillancok Head, Clatsop County:- Parks Guperintendent requests 
authority to nerotiate for lease cf government land. Annual 
lease fee to be ascertained. 
Proposed national park in Curry County:- 1 tional Perk Ser- 
vice to be contacted relative to assistance in financing 
park. 

Timber strips. Pendleton-John Dey Highvay. action deferred on 
purchase of timber strips owed by Pilot Rock Timber Company. 

Right of wey settloments: 
Cottage hon ~ Paynent of 8500 to D. W. Sturgis for tern 
tion of lease approved. Right of way transaction No. 5é 
Klamath Falls-Lakevier Hiphvay, Deiry Section:— Payment of 
§225 to \. Miel for remova). of Pnilding. Transoction 
No. 318] 

Condemation. List of properties te be condemned. Resolutions 
adopted on follo.ring sections rs highw L¥S3 
Oregon Coast Highvzay, Bandon Section; 
Pendleton-John Day Highvay, Pilot Rock fection; 
Frenchgien Hi hny, Weights Point-The #. rrovs 

Agreements, et cetera, signed as follows: 
Benton County, construction of portion of albany-Buenn Vista- 
Indevendence County Road; 
Benton County, mointenance of portion of Albany-Rmena Vista- 
Indenendence County Road; 
Gordon and Agnes Stuart, disposing of controversy concerning 
ayproach road to Pacific Highway West, Yamhill County; 
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Subject 


Timber land. Wilson River Hightey. Purchase of 1900 acres 
from Consolidated Timber Company approved on basis of Engi- 
neer's report. 

Log hauling. Cannon Beach Road. Year-round hauling on sec- 


tion east of summit to Oregon Coast Highway junction approved. 


Present rales prohibiting hauling during sumer months to be 
retained on section from sumsit to Cannon Beach. 

Logs on Salmwon River Highway. Special carrier permit of Knute 
Johnson Logging Company to be cancelled for failure to re- 
move logs dropped on highvey near Grand Ronde. 

Pacific Highway. Green Creek. Mr. & Mrs. R. Crouch confer 
relative to settlement for right of way across peach orchard. 
Payment of $12.50 per tree epproved. 

Nonskid wearing surface. Construction on following approved: 
Pacific Highway, 10-mile section north of Grants Pass; 
Cascade Secondary Highiay, from Oregon City to railroad 
crossing north of Clackamas; 

Pacific Highway West, 4 short sections, from Tigard souther- 
ly 7 miles. 

Planer for use on above projects. To be rented from J. C. 
Compton. 

Baker-Homestead Highway. Flagstaff-Lower Powder Section. Con- 
struction of light oil treatment discussed. Mr. Oliver to 
confer with Baker County people. 

Roadside improvement projects. List of projects approved for 
1940-1941 progran. 

Traffic signal. Burns. Action deferred on apuroving lights 
installed by city on siete highwy route. 

Central Oregon Highway. Action deferred on permitting U.S. 
Grazing Service to paint grill cattleguards, as experiment. 

Fences. Request of U. S. Division of Grazing to construct 
stock fences along state highweys in eastern Oregm approved. 

Foster Road Extension. Ingineering information to furnished 
Multnomah and Clackames Counties in order thet greding work 
can be done to state highway standards. 

Skyline Road. Multnomah County requests that funds heretofore 
allocated for improvement be reallocated to Foster Road ex- 
tension. Wo change to be made in setup of funds. 

Pacific Highway. Ashland. Delegation requests improvement 
through city. Inspection to be made. 

Pendleton-John Dey Uighway. Tutuilla Bridge to sumit of hill 
south of Pendleton. Hr. %. B. Aldrich inquires regarding 
reconstruction on permanent alignment. 

John Dey Highway. Request for oiling from junction with Baker~- 
Unity Highway to Boker-llalheur County line denied. . 

Klemath Falls-Lakeview Hichvay. Cottonwood-Antelope Canyon 
Section. Request for construction during 1941 denied. 

Award of contract. Commission approves award of contract for 
Tigard Grade Separation and Fanno Creek Bridge to Jacob- 
sen-Jensen Comneny. 
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Subject 


Unit prices. Standard policy adopved with respect to errors 
made by sees aang in stating unit bid prices. Statement 
to be inserted in all proposal forms. 

The nafise Celtreraia Highwey. ‘Widening of bridge over Pilot 
Butte Canal, Bend, approved. 

Anthony Lake Road. Shadilane Section. Request for improve- 
ment denied. 

Baker-Homestead Highway. Flagstuff-Lover Poder Section. Tem- 
porary improvement not to be undertaken. 

Pendleton-John Day Highway. Reconstruction trom Tutuilla Bridge 
up hill, south of Pendleton, requested. No funds available. 
Graham Boulevard. Improvement requested. Investigation ordered. 

Condon-Heponer Secondary Highvay. Improvement of uncompleted 
portion urged. Action deferred. 

Hillsboro-Woodburn Secondary Highway. Request for immediate 
olling from Scholis to foot of mountain north of Newberg de- 
nied. 

Roguc River Loop Secondary Hightey. Improvement from Gunneli 
Juction to Robertson Bridge requested. Action deferred. 

Wehalem Secondery Highway. Mist- Birkenfeld Section. Request 
for oiling denied. 

Traffic signal. John Day-—Burns Hicghr in city of Burns. Ac- 
tion deferred on approving installation by nay 
Salem. Engineer’; report on streets ‘here signals needed 

Cottage Grove. Ornumental lighting system. Lights not to be 
installed at present time. Conduits to be installed now. 

Lighting system. Cottage Grove. Ornamental lights not to be 
instelled at present time. Conduits to be installed. 

Traffic lights. Harrisburg. Recuest for installation denied. 
Vale. Request for installation of overhead flashing beanies 
referred to Engincer for i igction 
Newberg. Request fur flashing beacon at intersection of 
Soringbrook Road with Pcocific Histey “lest east of Newber; 
denied. 

Portland. Standard Stations, Inc., granted extension of tine 
of 6 nionths io remove buildings from right of way. 

Seaside. ir. [nson te contact linyor relative to use cof oceun 
bench as airniane lending field. 

E. C. dall Company. To be reimbursed in amount of 9050 as re- 
sult of change in quarry in connection with forcet highway 
contrect in Lake County. 

Signs. Discussion of regulations adopted relative to adver- 
tising signs adjacent to unl orporated torms and villiges. 

Avard confirmed of folloving contract: 

Lamonta-Crook County Line Cection, Frank Penepacken 

Poles. Wessrs. Pratt and Boldin granted permission to trans 
port, overlength poles over Alsea and Corvallis-Newnort Hirh 
ways in connection with R. E. A. power project. 

Boathou Oregon City. Action deferred on matter cf per- 
mitting boctiiouses to be moored to banks 11 c 
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1940 
9468 Apr. 9 Agreements, et cetera, continued: 
J. L. Wooden, et al, lease of property in Clatskanie for 
maintenance headquarters purposes; 
Union Pacific Railroad Company, lease of railroad property 
in Albina District, Portiand, for stock pile and storege 
purposes ; 
Federal Government, invoice calling for payment of real prop- 
erty sold to Government in connection with flowege easement, 
being <2 portion of original J. B. Yeon State Park; 
Northern Pacific Company, deed conveying unto state property 
at Scappoose; 
Bargain and sale deed conveying unto School District Ne. 44 
property situate in Washington County; 
Bargain and sale deed conveying unto Reuben f. Squire prop- 
erty in Woodland Addition to Bandon; 
Bargain and sale deed comeying unto Oregon-Nashington Rail- 
read and Nevigation Company land situete in Hood River County, 
being a portion of Starvation Creek Falls State Park. 
9469 May 1 Eugene. Hearing. Rerouting of Pacific Highvay through and 
adjacent to City of Zugene. 
9472 Fern Ridge Dem. Conference reletive to reconstruction of roads 
effected by construction of Dan. 
Route F Highway. Conference relative to reconstruction as re- 
sult of Fern Ridge Dam construction. (See entry above) 
9473 Minutes of meetings held January 25, February 15 and 16, and 
February 27 and 28, 1940, approved. 
Log hauling. Overlength loads. Permits for transportation 
of extra long logs to be granted as in pest. 
Insurance. Public Utilities Commissioner to be contacted rela- 
tive to insurance required for movement of overlength logs. 
Redwood Highvay. Hayes Hill Section. Transportation of extra 
long logs authorized. 
Log hauling. Redwood Highway, Hayes Hill Section. Transpor- 
tation of extra long logs authorized. 
9A7L Amiesite. Decision deferred on matter of including Amiesite 
in state highway specifications. 
John Day Highway. John Day. Reconstruction approved. Op- 
tions for right of way authorized. 
Curry County. Sccondary highvay system in county discussed. 
Salmon River Highwey. Sheridan. Reconstruction deferred. 
Bellevue. Repairs to be made by state patching crew. Pro- 
vision to be made in next year's program for contracting. 
9475 Elsie-Jewell County Road. Engineer's report on removal of 
logging facilities from right of wey, and connection with 
Wolf Creek Highway if roud is placed on secondary highray 
system discussed. 
Authority for expenditure of $3,000 for additional crushed 
material for emergency surfacing confirmed. 
Snov removal. Oregon Caves Highvay. Expenditure useless if 
Caves Hotel is closed during winter season. 
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Subject 


McLoughlin, Dr. John Memorial. 


at Oregon City. 
Tualatin Valley Highway. 


Forest Grove. 


New York World's Fair. 
scenes approved. 
York to be paid by state. 

Klamath Falls-Lakeview Highway. 
of remaining link. 

Varner Secondary Highway. 
ment requested. 


Cabell when 


Sprague River Road. 


struction 
Prineville. 


a 
of way for 


Avards. Conmi 
Log hauling. 


project. 


Park property. 
neazv Cape S 
Curry County. 
near Cuve ; 


Timber strips: 


€ 


Salmon River Highray:- Mian 
extension of time 7i 
Nelscott:- Offer of 
jacent to Oregon Coe 


Park matters: 


Ocean frontage at Yachats:- Offer 
pany to sell 75-acre tr: 


Offer of 9. 


wuchex to 


Commission requested to contrib- 
ute funds toward purchase price of bronze bust to be erected 
Recuest denied. 

Delegation requests widening for four 
lanes of traffic between Portland and Forest Grove. 
Delegation requests improvement of Fifth Street 
from connection with Tualatin Valley Highway to Carnation. 
Loan of department's pictures of Oregon 
Transportation charges to and from New 


Delegetion requests completion 


Warner Canyon-Plush Section. Improve- 

Survey also requested. Recuest. denied. 

Enspection of road to top of mountain to be made by Chairman 

in thet vicinity. 

Delegation urges designation and recon- 

1s stete secondery hightay. Inspection ordered. 

Delegation recuests oiling of Main Street. 
diture of 37,500 for work approved provided city 
tribute $2,506. 

Tigard. Delogation confers reletive to state acquiring right 

ns result of closing of Pi 


nird of cost. 


connector 
willing to 
‘sion announces awards of con 
Cannon Beach Section. 
for beginning of restricted hauling vest of summit be 
from May 1 to May 1é. 
Survey. Oregon Coast 1s 
Beach and junction 
Nyssa. Delegation confers relative to 
Taking of bids at Junc 
Chammoe? Stnte Park 
conspicucus sifn 


county rout 
Street. Commissioii 


Nelegation requests 


Survey approved betreen 
ld route neur Necanicum. 
proposed undercrossing 
meeting discussed. 
Delegation requests installation of 


ffers to sell property 
County, for pa 
n offers to seli 
for park purposes. 


Mildred %. 


Mrs. Mildred Kk. Colvi 


Corporation grants six-months' 


to complete purchase 


tract ad- 


inmbermen's Trust Com- 
bridge at Yach 
F. Carpenter to sell 64-acre tract adj 
nbove property at Yachats also declined. 

Proposed park at Bob Creek, Lincoln County:- Offer of 
sell tract at tris 


declinea 


locetion declined. 


San Francisco Fair. Action taken by Chairman Cabell relative 
to contributing funds toward maintaining Oregon exhibit ap- 
proved. Plans for expenditure presented. Fair Committee to 
be appointed. 

1941 forest highway program. Increasing state's contribution 
approximately $25,000, if necessary, approved. 

Load limit. Resolution lifting reduced load limit on Prairie 
City-Unity Section of John Day Highway. 

Log hauling. Haulers to mintain flagmen at each end of bridge 
on Columbia River Highway at Hood River. 

Interstate Bridge. Control of transportation of over-sized 
vehicles considered. No action. 

Maintenance. Letter of commendation on condition of highways 
during past winter. 

Curry County. Resurvey requested of county road extending up 
Rogue River from Wedderburn. 

Gravel. Comphaints regarding removal of gravel from ocean 
beach at Jackson's Cut, near Bayocean. Inspection ordered. 
Old Wasco County Pioneer's Association. Commission invited to 

attend dedication of monument, neer Biggs. 

Azalea Festival. Commission invited to attend second annual 
Azalea Festival at Brookings. 

Bids received on following projects; 

Astoria (Taylor Ave.-Astor St.) Sec., grading and paving; 
Brothers-Harney County Line Section, oiling; 

Horse Ranch Section, grading, surfacing, oiling; 
Cottage Grove Section, grading, paving; 
Ontario-Snake River Section, roadside improvement; 
Drilling and casing well on I.0.N. Highway; 
Pendleton-Adams Section, surfacing, crushed rock; 
South Milton Section, grading, paving; 

Warm Springs River Bridge Section, concrete bridge; 
arm Springs River Section, grading; 

Strassel Undercrossing Section, abutments 

Strassel Undercrossing Project, structural steel. 

Burns. Delegation confers relative to action taken on request 
for oiling between pavement and curb lines. 

KOAC. Delegation from Corvallis presents proposition for 
broadcasting highway information during summer months. 

North Bend. Mrs. Elizabeth Coleman desires to purchase state- 
owed property near Coos Bay Bridge. Action deferred. 

Hauser. Leveling off of state property between grade school 
and highway for parking purposes requested. Action deferred. 

Arrow Transportation Company. Permit requested to move over- 
length loads from Washington to turnout point near Cold 
Springs. Request denied. 

Commission requested to construct turnout at Washington 
state line. Action deferred. 

Oswego. Delegation inquires as to status of proposed highway 
beautification project. 
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9516 May 2 


9517 
May 3 


9615 


9519 


9521 


9524 


Subject 


Klamath Falls-Lakeview Highway. Klamath Falls-Dairy Section. 
Discussion of prices demanded by F. C. Adams for property 
near Klamath Falls. Condemnation proceedings to be deferred. 

Pacific Highway, south of Salem. Peyment of 4150 to C. L. 
Green for loss of trees in construction of highway approved. 

Bids received on following projects: 

North Bend (Midland Addition) Section, grading, surfacing; 
Canyonville-Days Creel: Section, surf.,oil, crushed gravel; 
Days Creek Bridge Section, log bridge; 

Lone Rock Jumction-Rock Creek Section, grading, surfacing; 
East Unit, Grants Pass-Green Creek Section, grading, paving; 
North Pilot Rock Section, grad.,surf.,oil, concrete bridge; 
Middleton-Newberg Section, roadside improvement. 

Portland. Lombard Street. Offer of Portland Traction Company 
to cooperate in cost of improvement and maintenance accepted. 
Project to be advertised at June meeting. 

Interstate Bridge. Letter to be written to Portland Traction 
Company approving its plans for removal of streetcar tracks. 

Sen Francisco Fair. Request for loan of department trucks to 
deliver shrubbery to Oregon exhibit denied. 

Insurance. Salary-saving plan for employees presented by West 
Coast Life Insurance Company disapproved. 

Casendin. Giesendorfer property. Action on terms of settle- 
ment deferred. Cancellation of lease held by Baptist Church 
and removal of its buildings discussed. 

Pacific Highway. Eugene. Chamber of Commerce approves plan 
for rerouting of highway. 

Old Oregon Trail Historical Marker Society. Ray Conway reports 
on progress made by Committee. Report approved. 

Fossil-Antelope Highway. Improvement requested. Transfer of 
$15,000 to this road from Kingua County Road requested. 

Kinzua County Road. Transfer of $15,000 from this road to 
Fossil-Antelope High:my requested. Request denied. 

Survey. Resurvey of rocd extending up Rogue River from Wedder- 
burn approved. 

Sixes River Roud. Estimate of cost to improve ordered. 

Log hauling. Delegation confers relative to granting of per- 
mits for overlength loads. Chairman Cabell announces Com- 
mission's stand on matter. 

B. F. Irvine. Commission recessed to attend if. Irvine's fun- 
eral. 

Awards. Commission announces awards of contracts. 

Astoria. Negotiations for accuisition of 20-foct strip of land 
to provide 80-foot width for Fifth Street approved. 

Cottage Grove. Settlement with Alvin C. Spriggs, et al, for 
right of way and slope easement approved. 

Aurora. Request of Mrs. S. E. Huntsberger to purchase land be- 
tween old and new highways denied. 

Pacific Highway. Bear Creek-Talent Section. Request of L. A. 
Bratcher to purchase state property denied. 


9506 


9501 


9513 


ct 


Park matters (cont.): 
Tongue Point State Psrk:~To be deeded back to Clatsop County 


with exception of 100 feet fronting on Columbia River Highway. 
Umpeue Lighthouse State Park:— Options to be taken for land 
owmed by Buchner Investaent Compeny, adjoining present park. 
Cape Lookout State Pork: - Options to be secured from M. Pet- 
erson for 25.96 acres of land as oddition to perk. 

Short Sand Berch Stete Park:- Acquisition of tract on Neah- 
kehnie Mountain and trect owned by Clstsop County discussed. 
Construction of roadway from hightwy to peach in connection 
with acquisition of county tract discussed. 

Pendleton-John Day Highway:— Cames Creek Section. Action 
deferred on purchase of timber strips. 

Roadway to top of Neabkehrie Mountain:- Trails to summit to 
be constructed in Lieu of rozdway. 


Timber strips: 
Wilson River Highway. Gift of timber strips by Weyerhaeuser 


Timber Company to be given public announcement. 

Park mevters: 
State park CCC Camps:-- Parks Superintendent's report on num- 
ber of camps in Oregon. 
Myrtle tract along Chetco River:- Purchase of tract deferred. 
Agate Beach Lighthouse: - Inspection of proposed park prop- 
erty to be made. 
0. & CG. Recreational Lands:- Tracts at Silver Creek Falls, 
Loon Lake, Camas Mountein, and Wildcat Creek not to be pur- 
chinced. 

Timber strips: 
Wewport-Yachats Section. Action on purchase deferred. 


Salmon River Highway. Action on purchase deferred. 

Parks budget for 1940. Parks Superintendent's report approved. 
Budget for 1940 to be increased to $150,000.00. 

List of purcheses to take up difference between obligeted 
amount and approved budget tentatively approved. 
1941 ocudget to be discussed in fall. 

Right of way budget for 1940. Attorney's report approved. 

Real property. Commission confirms settlements approved by 
Comalssioners Cabell and Clough since April 9th meeting. 
Resolutions authorizing acquisition. 

Oregon Coast Highvey. Brookings. Attorney's report on 
prices demanded for certain porcels of real property- 

Condemation. Recommended offers. Resolution adopted: 
Brookings Section, Oregon Const Highway; 

Lone Rock Junction-Hock Creek Sec., Jasco-Heppner Highwey; 
Yirights Point-The Narrows Section, Frenchglen Highway. 

Sale of buildings. Commission confirus action taken. by Cheir- 
man Cabell subsequent to mecting on April 9, 48 follows: 
Buildings formerly ormed by Helen McConnell, Grants Pass, 
sold to Pete Fredericksen; 

Buildings formerly ovmed by Jeon Higgins, Grants Pass, sold 
to Helen McConnell. Portion of lend s1s0 included. 


Page Date Subject 
1940 


9539 May 3 Contracts completed (cont.): 
Bridge over West Fork Dairy Creek and Nehalem River, J. F. 

Johnston; 

Arch Cape Tunnel enlargement and lining, McNutt Bros.; 
Nehalem River-Sunset Summit Section, A. S. Tlallace; 
Cow Hollow Creek-Owyhee School Section, IH. L. O'Neil & Son; 
Frame building and addition to existing maintenance building 
at Medford, Walter J. Stutte; 
C.0.1.D. Canal on Ochoco Highway, Birkemeier & Saremal. 
9540 Date for next regular meeting set for June 13 and 14, 1940. 
Date for interim meeting in Salem set for lay 23, 1940. 
Agreements, et cetera, signed as follows: 

; Southern Pacific Company, use of jointly-ommed poles of Vest- 

’ ern Union Telegraph Company and Southern Pacific Company be- 

5 tween Salem and Geer for remote control radio setup; 

H Southern Pacific Company, construction of Devies Undercross- 
ing on Wolf Creek Highway; 

Division of Grazing, construction of stock fences on right 

of way of Central Oregon Highway, Old Oregon Trail, and John 
Day Highway; 

Agnes Teedor, installation of cipoletti weir in highway cul- 
vert, Malheur County; 

Clatsop County, maintenance by county of Warrenton-Fort 
Stevens County Road after construction by state; 

Multnomah County, maintenance by county of Skyline Boulevard; 
Florence, improvement of extension of Lincoln Street; 

Viayne A. Shaw, approval of assignment given to H, D. Bostwick, 
being assignment of funds payable to Mr. Shaw in accordance 
with agreement for construction of relief mep of Oregon; 

9541 Consolidated Freightways, Inc., permit authorizing trans- 
portation of oversized equipment over certain highways (does 
not include Pacific Highway); 

B. E. Maling Co., Inc., permit authorizing movement of pee- 
vining equipment over Columbia River, Tualatin Valley, and 
Wolf Creck Highvays; 

G. B. Matthews, et al, easement agreement providing for detour 
road around Crater Lake Highway con: :ruction work; 

C. C, Seeley and wife, easement agreement providing for con- 
struction of fire trail at Short Sand Beach State Park; 
George E. Huntley and wife, easement agreement providing for 
construction of water system at Short Sand Beach State Park; 
Department of the Interior, application for patent to govern 
ment-owmed lands in Douglas County; 

Bargain and sale deed conveying unto Helen L. LicConnel land 
adjacent to Grants Pass-Green Creek Section, Douglas County; 
Bargain and sale deed conveying unto 0. A. and Auguste Steen 
property in Albany; 

Quit claim deed conveying unto Shevlin-Hixon Company land ad- 
jacent to Century Drive Secondary Highway, Deschutes County. 
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9525 
9527 
9528 
9530 
9534 


9535 


9536 


9537 
9539 


Subject 


Wilsonville. Suggestion offered that approach roads to ferry 
be maintained for public use after bridge is constructed. 
Salem shops. Acquisition of tract between enlarged shop site 
and county road leading to airport approved. Maximum offer 

$212 per acre. 

Bunker Hill District. Request of 1). H. Kennedy to purchase 
land adjacent to Oregon Coast Highway denied. 

Oregon Coast Highway. Gold Beach. Options for right of way 
to be taken, including George B. Stefford property. 

The Dalles-California Highway. Klamath Indian Agency Section 
between mile posts 252 and 253. Abandonment resolution. 

Green Springs Highway. Section east of Jenny Creek. Abandon- 
ment resolution. 

Klamath Falls-Lakeview Highmy. Portion of Drevs Valley Sec- 
tion. Abandonment resolution. 

Fremont Highway. Hunter Hill-Lakeview Section. Abandonment 
and retention resolution. 

Sale of property. Bids to be received for purchase of borrow 
pit adjacent to Warm Springs Highwey, north of Madras. 

Borrow pit, north of Nedras. To be advertised for sale. 

Sale of property: 

Medford:-Scle of small parcel of state land to Medford 
Corporation approved. Included in deed by mistcke. 
Medford:-Sale of small parcel of land to Della A. Lindeman 
as approach to her service station approved. 

Claim. Mrs. B. Huslik to be paid *%500 as settlement for prop- 
erty damages by reason of highway improvement in Bend. 
Payment of #20 to J. N. Whitman, Dundee, for reconstruction 
of concrete curbs in front of his premises authorized. 

Albany. Commission consents to vacation of portion of 8th St. 

Pendleton. State-owned residence buildings which are rented 
to be repaired. 

Salem. Gibson house acquired in connection with Pacific High- 
way improvement south of Salem to be repaired. 

Pacific Highway. Eugene. Southern Pocific Company to be re- 
quested not to sell property needed for right of way for 
revision of highway until plans for improvement approved. 

Dundee. Formal demand to be mde on city to remove encroach- 
ments between 9th and 10th Streets in connection with high- 
way improvement. 

Fire trail. State Forester orders Sunset Logging Company to 
construct trail around tract sold to state adjacent to Wolf 
Creek Highway. State to pay one-half of cost if State For- 
ester refuses to alter or modify requirements. 

Timber. Arch Cape Tunnel. Bids to be teken for sale of used 
timber salvaged from tunnel. 

Surveys. List of surveys ordered since last meeting. 

Contracts completed and accepted, as follows: 

East Unit, Troutdale-Corbett and Bridal Veil-Benson Park 
Sections, Morrison-Knudsen Company; 
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1940 
9552 May 23 


9553 


9554 


9555 


9556 


9557 


9558 


Claim. Payment of $150 to J. N. Whitman, Dundee, for additional 
compensation by reason of change in grade of Pacific Highway 
West approved. 

Toledo. Paving assessment to be paid on square foot basis. 

Tigard. Commission willing to pay one-third of cost of right 
of way but refuses responsibility of building county road 
connection into Tigard. 

Astoria. Taylor Avenue improvement. Easy curves in curb line 
to be introduced in order to eliminate necessity for remod- 
eling buildings beyond improvement nor under contract. 

Consolidated Timber Company. Claim for loss of railroad trestle 
resulting from fire started by W.P.A. denied. 

Burning operations. Kuirning in connection vith highway work 
not to be permitted except under supervision of Fire Warden. 

Wolf Creek Highwey. Government presents cleim for construct- 
ing driveways to private properties. Attorney to investigate. 

Park matter. Purchase of Mildred K. Colvin property, in Curry 
County, for park purposes approvec. 

KOAC. Arrangement with Oregon State College relative to use of 
station as trial proposition during sumer months. 

Abandoned sections of highways. Action by county courts accept- 
ing or rejecting short sections heretofore abandoned by state. 

Nyssa Grede Separation Project. Project not to be advertised 
at June meeting as result of right of way difficulties. 

Saxton, Looney & Risley. Offer of bonding company to pay $1,000 
as full payment of bid bond on Warm Springs Agency-Vanora 
Section project denied. Full amount of bond to be collected. 

Insurance. No change to be made in present insurance required 
of log haulers. 

Maps. County maps to be furnished, free of cost, to roadside 
improvements councils throughout state. 

Ocean beach. Recuest for use of beach at Nelscott as landing 
field during air circus denied. 

Salmon River Fighway. Request for letter outlining plans for 
location of highway in ‘/illamina and with respect to recon- 
struction between Sheridan and McMinnville denied. 

Junction City. Request for letter outlining trend of traffic 
on highways through small towns denied. 

Clatsop County. State not to build roadway from Coast Highway 
to beach near Arch Cape. (See page 9499). Payment of damages 
resulting from sliding of embankment to be considered. Ac- 
quisition of park at this location to be outright purchase. 

San Francisco Fair. Agreement signed covering department's 
cooperation in maintenance of exhibit at Fair. 

Baker-Homestead Highway. Flagstaff-Lower Powder Section. Funds 
previously allocated for oiling to be applied on cost of re- 
construction on permanent alignment. Oiling not to be done. 

North Bend. Request of Mrs. Elizabeth Coleman to re-estcblish 
her building on old highway right of way near Coos Boy Bridge 
denied. Trees on right of way near her property to be trimmed. 
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9545 


9546 


Subject 


Pacific Hipnmy. Use of quick-setting rather than slow-setting 
cement rejuested on vroject south of Grants Poss. Substitu- 
tion us nay be consistent with current practice authorized. 

Log hauling. Columbia River Highway. ©. U. Johnson authorized 
to transport jogs directly ecross hichvay west of Hood River. 
iurphy and Nelson Logging Compeny to be granted permit to 
transport logs over Columbia River Highvay for short dis- 
tance vest of Hood River if test run meets requirements. 

Portland. Front Avenue Project. Placing: of route on federal 
aid and state systems, acquisition of right of uy end use 
of Steel Bridge over which to route traffic discussed. 

1941 federel lends moneys. Allocation of uvailable funds to 
Yurm Springs tlighvay considered. Decision deferred. 

Channelizing islands.  Engimeer's report on difficulties en- 
countered in meintsining islands on rights of way in front 
of service ututvions. 

Log hauling. Silets Secondary Highway south of Kernville. 
Engineer to contact operators relative to handling logs in” 
some manner other than on highway. 

Siletz Secondsry Uidwmy south of Kernville. 
cost to widen ond improve ordered. 

Trafic islend. Request of irs. Ma. Lindblad for reaoval of 
island in front of her business in Bunker Hill denied. 

Celilo. Columbia River Highway. Engineer to secure consent 
of Union P-cific Railway Company to further encroachment on 
reilroad property in improvement of highway. 

Survey. Topographic survey of entire improvement in Celilo 
Indian villege authorized. 

Elsie-Fish Hovk Fells Road. Ungineer recomaends designation 
as stite secondary highway connecting Wolf Creek Highucy 
and Nehalem Secondary Highway. 

Elsie-Jewell Road. To be maintained <; detour. 

Engineer's report on encrouchments of logging facilities. 

Tualetin Volley Highway. Report on treffic count to determine 
volume of traffic betveen Portland and Forest Grove. 

Wilson River Higinwiy. Discussion of grade crossing of Wilson 
River Highway and Consolidated Timber Company's railroad at 
Glenwood. Commission opposed to grice separation structure. 

Right of wey budget for 1940. Attorney':. report approved. 

Real property. lesolution authorizing acquisition. 

Condemiution. Recommeaded offers. Regolution adopted: 

Bendon Section, Oregon Coast Highiwey. 

St. Helens. Erickson Dairy Product: Couwnany. 
settlement for needed right of wey deferred. 

Claim. Additional payment demended by J.W.Campbell Estate for 
for damages on account of change in grade of ‘later Street, 
Oregon City, denied. 

Orevon City. St. Pouls Episcopal Church cluim for connection 
to highuay viaduct on Vater Street denied. No objections to 
be offered to church constructing its om viaduct. 
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9562 June 13 


9563 


9564 


9565 
9566 


9567 


9568 


9569 


Subject 


Bids received on following construction projects cnd sale of 
used lumber: 

Fir Grove-albany Section, surfacing and oiling; 
Corvellis-Lincoli School Section, grading end paving; 
Fischers ffillrace Bridge, near Corvellis; 

“Nerrenton Section, grading anc paving; 

Used lumber and cord wodd at site of Arch Cxpe Tunnel; 
Prineville Section, grading, surfucing and oiling; 

John Day Section, grading and bituminous macadum surfacing; 
ilma Avenmie-Interst..te Avenue Section, pavement resurfacing; 
Germentorm Ro:.d-Zarnes Road Section, bituminous mucadam; 
Rast Unit, Shaniko-Coa Canyon Section, griding, surfacing, 
oiling, and crushed rock; 

Sunset Tunnel Section, grading, tunnel excevation, lining and 
peving; 

Tiiddleton-Nevberg Section, roadside improvement. 

Nyssa. ‘/malgomated Sugar Company requests that bids for con- 
struction of undercroessing structure be deferred. Recl prop- 
erty motters to be settled by June <2, 1940. 

Morrow County. Delegation requests several improvements. 

Paterson Ferry Road. To be oiled at st:te expense. Jurisdic- 
tion of road to remein with Morrow County. 

Bid bond. Request of Pcrker-Schram Company thet propossl for 
construction of Corvallis-Lincoln School Section be considered 
regardless of submission of incorrect bid denied. 

Eugene. Pacific Highway. Delegation confers relative to pro- 
posed rerouting of highway. 

P:.cific Highway. Grants Pass South Lection. Request of deleza- 
tion for elimination of dip in highvay denied. Substitution 
of cement concrete pevement for black pavement in contract 
now under way requested. Investizction ordered. 

Tongue Point State Park. Cletsop County Court confers relative 
to status of deed reconveying portion of park back to county. 

Harney County. Delegation confers relctive to improvement of 
secondary highvays south from Burns and from Crane. 

Burns. Oiling of strips between pevement and curb approved. 

Sidewalk. Construction requested clong Central Oregon Highway 
between Burns and iines itill. Investigation ordered. 

Harney County. Delegation inquires <s to improvement of roud 
south of Burns to “‘right's Point. Bids to be tcken in August. 

Boet. Request of John Mitzel to trensport oversized boct from 
Aloha to Portland over Tualatin Valley Highvey granted. 

Alsea Highway. Delegation requests reconstruction and oiling of 
remaining 16-mile section. Wo action taken on request. 

Records of devartment. Assistant P.c S. Supervisor, Oreon iiis- 
torical Records Survey, grented permission to search highvuy 
department records for historical information. 

Hood River County. Delegation requests designation and improve- 
ment as secondary highway of county road extending from Odell 
to connection with Mt. Hood Highway. County to prev-re anpro- 
priate resolution. Oiling of road considered. 
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955% Muy 23 


9559 


9560 


9561 


North Bend. Accuisition of tirs. Elizabeth Coleman's holdings 
at end of Coos Bay Bridge considered. 

Port Orford H:rbor. Request thet Commission direct letter to 
Federal Board of Engineers for Rivers and Harbors relctive 
to securing funds for improvement of harbor denied. 

Approcch-road culvert. J.G. ilarem, Roseburg, demands that 
state replice culvert, removed by stite forces, on approach 
rod to his property. Investigation ordered. 

Roseburg. Purchase of stote-owmed land acquired from county at 
northern entrance to city recuested by ir. Edvards. 

Peaviners. Applicotion of Oregon Packing Corporation for blen- 
ket permit to move equipment denied. Permits for individual 
movements authorized. 

Porks tudget. increasing budget authorized to permit oiling 
work in Worhink, Ecola end Silver Greek Falls State Parks. 
Silver Creek Fulls State Park. omen Kintz authorized to use 

power pole located on state property under lease to Mr. Kintz. 


Equipment. Purchase of following outhorized: 
3 Buick cars; 5 pickup trucks; 10 licht-type trucks ; 


1 station wagon for use of Bridge Department. 
Awards. Commission confirms following svards: 
Lost River Section, 1. D. ililler Construction Company; 
Lost River Bridge, w. D. Miller Construction Company; 
Dredge embankment between Troutdale and Dodson, General Con- 
struction Company; 
Agreements, et cetera, signed as follows: 

Merkhan and Callow, easement authorizing construction of 
fire treil across property on Neahkahnie Mountain; 
Gyneva ond E. A. Lindberg, lease of maintenance headquarters 
site at Port Orford; 
City of Pendleton, moving of garage building, sloping banks, 
rebuilding steps, sidewelks, etc., on stvte property; 
Southern Pucific Company, suthorizing P.'/.A. ecuinment opera- 
tions ncross railroad property at Strassel; 
Oscer Parrein, lease of maintenance headquarters site at 
Silver Luke; 
A. T. Dolan cue wife, lecse of meintencnce site at Sec side; 
S. G. Reed snd wife, construction of fire treil across Reed 
groperty .t Short Send Beach State Park; 
1940 San Francisco Fair Commission of Oregon, maintenance of 
Oregon exhibit at 1940 Fair; 
Bergain and sale deed conveying unto Samuel Wolf and wife 
land in Oregon City; 3 

xrgain and sale deed conveying unto Medford Corporation land 
in Medford; 
Bargain and sale deed conveying unto Emil A. Johnson land in 
Tigard; 
Quitelaim deed conveying unto Louise K. Lamb lend situate in 
Thompson's Addition to Newport. 
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9587 
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Oregon Coast Highway. Bay City-Garibaldi Section. Delegetion 
requests improvement. 

Survey. Oregon Coast Highvay. Survey south of Tillamook auth- 
orized. 

Oregon Coast Highway. Bridge at Beaver. Delegation inquires 
as to plans for proposed reconstruction. 

Brookings. Oregon Coast Highway. Condemnation authorized of 
remaining property needed for right of vay. 

Park matters: 

Umpque Lighthouse State Park:-Gift from Douglas County as ad- 
dition to park accepted. 

Proposed park east of Burns:~-Acquisition of property, includ- 
ing petrified forest, disapproved. 

Peter Skene Ogden Stete Park:-Request of L. D. McBain to main- 
tein concession for sale of novelties denied. 

Vista House at Crown Point:-Use of Vista House for dissemina- 
tion of trevel information considered. 

Crooked River State Park:-Acquisition of additional land con- 
sidered. inspection of property to be made. 

House moving. Collusion in submission of bids for moving mild- 
ings in Bandon to be investigated before contract awarded. 

Claim. Elks Club of Oregon City to be reimbursed for expense 
of moving flagpole. Balance of claim denied. 

Casey State Park. Removal of buildings otmed by E. H. Lamport 
and Mr. Casey discussed. Decision deferred. 

Lake County “Jorld War Veterans' Memorial. Setting uside strip 
of land paralleling Klamath Falls-Lakeview Highway on Quertz 
Mountain as memorial discussed. Decision deferred. 

Timberline Lodge Road. State to advance funds to pay cost of 
surfacing, if necessary. 

North Santiam Highway. State to do patching vork on oiled sec- 
tion. Federal government to reimburse stite. 

Public lands funds. Amount now avajlable for contracting to be 
expended on ‘Jarm Springs Agency Section. 

Warm Springs Highway. Public lands funds now available to be 
expended on Warm Svrings Agency Section. (See entry above) 

1941 regular federxl aid funds. Eligible projects selected. 

1941 federal aid secondary highway funds. Eligible secondary 
and feeder roads projects selected. 

Right of way budget for 1940. Attorney's report. 

Real property. Resolution authorizing acquisition. 

Condemnation. Resolution adopted cs follows: 

Quartz Ht.-Drews Valley Sec., Klameth Falls-Lakeview Huy. 

Awords. Commission announces awards of contracts. 

Acouisition of property. Port Orford. Property betueen Or_gon 
Coast Highway and ocean, ut ilubbard Creek, to be acquired, in- 
cluding C. C. Inman property. 

Historical markers. Committee presents report on erection of 
markers along Old Oregon Traii. 
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Page Date Subject 
1940 
9569 June 13 flood River Secondary Highzay. Delegation requests designation 

of permanent route betcen Dec and Parkdale. 

Mt. Hood Highway. Reconstruction of highway, especially under 
railroad tracks, et Pike's Corner discussed. 

Survey. To be conducted on Mt. Hood Highway at Fike's Corner 
if government funds are used for reconstruction. 

Awards. Commission announces sverds of contracts und sale of 
used lumber. 

John Day Highway. John Dey City Section. “ork to be done with 
state forces. 

Oregon Coast Highway. North Bend-Coquille Section. Delegetion 
confers relative to plans for improvement. 

lage scale. Delegation representing Building and Construction 
Trades Council of Portlend urges provision made in specifica- 
tions for peyuent of prevailing wage scale to all crafts. 

Safeway Stores, Inc. Permit recuested to operate overlength as 
well as overheight equipment between Ontario and Snake River. 

Permits. Delegation suggests issuance of permits for oversized 
movements from Division Engineer in Portland. 

Log hauling. Mr. Murphy requests permission to naul 40-foot 
logs over Columbia River Highway in vicinity of Hood River. 

Bugene. Pocific Highway. Resolution designating permanent route. 

Willemette Highway. Resolution designating permanent route be- 
teen Dexter and connection with Pacific Highway at Goshen. 

Portland. Resolution designating Front Street as state highway 
route. 

June 14 __—‘Bids received on following projects: 

Rock Creek-Molella Section, bituminous macadam surfecing; 
Elsie-Sunset Tunnel Section, oiling; 
Rainier Section, grading and paving; 
Bandon Section, grading, and plant-mix bituminous macadam surf.; 
North Cenal Bridge et Bend, remodel and widen; 
Medford Maintenance Station Landscaping Project; 
Albany-Crabtree Corner Section, surf. »Stabilize, and pave; 
Ontario-Snake River Section, roadside improvement; 
Maintenance patrol station at Blue ifountain; 
Replacement of wire rove on Interstate Bridge. 

Load limit. Resolution lifting reduced load finit on West 
Diamond Lake Secondary iiighvay. 
Resolution lifting reduced load limit on Willamette River 
Bridge at Corvallis; 
Resolution reducing maximum load limit on tro small bridges 
on Alsea-Deadwood Secondary !iighvay, in Benton County. 

Oregon City. Request of Jock Latourette to purchase or lease 
state-owned property at end of 5th Street denied. 
Crow Zellerbach Corporation requests lease of Willamette 
River frontage between 10th and 15th Streets. Action deferred. 

Tillamook County. County Court confers relative to plans for 
oiling certain county roads. 
Request renewed for designation as state secondary highway of 
road leading from Tillamook to Netarts. 


Page Date 
1940 
9605 June 14 


9607 


9608 


9609 
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Subject 


Tuclatin Valley Highway. Resolution urging widening for four 
lanes of traffic between Portland and Forest Grove. 

Hebo. Oiling of shoulders on both sides of McMinnville- 
Tillamook Highway requested. Request denied. 

Salmon River Highway. Request for improvement betveen Bellevue 
and Valley Junction denied. 

Silver Creek Falls Secondary Highway. Improvement between state 
highway shops at Salem ond junction with Turner Road at Four 
Corners requested. 

Oiling cres. Request of Union Pacific Railway Company for ser- 
vices of state's oiling crew to repair private roadway in 
Hood River denied. 

Eddyville-Blodgett Secondary Highway. Request for oiling be- 
tween Blodgett and Nashville denied. 

Alsea-Deadwood Secondery Highway. Reouest for oiling between 
Svwisshome and Paris denied. 

Klamath Lake West Side Secondary Highway. Request for improve- 
ment as detour in event The Dalles-California Ilighway becomes 
impassable denied. 

Yamhill-Newberg Secondary Highway. Oiling of unoiled portion 
requested. Investigation ordered. 

Bugene-Svrisshome Secondary Highay. Request for improvement 
between San Antone Creek ond junction with Siuslav Highray 
denied. 

Ferry service. Contract sith Leonard and Slate for ‘lilsonville 
ferry service extended sor six-months' period or until Janu- 
ary 1, 1941. 

Tauipment. Purchase of following authorizeds 
Power plant equipment for lighting Willamette Tunnel; 

1 light-type truck for landscape maintenance crev. 

Guy wire. Request of Foster Lumber Company, Willamine, to main- 
tain guy wire across Salmon River Highway denied. 

S2nd Street Highway. Newspaper report criticizing plans for 
project between Portland and Oregon City. 

Beehives. Request of Levis M. ‘hite to maintain beehives on 
right of way of Wolf Creek Highway near Volf Creek Camp denied. 

Haines. Objections offered to taking part of city park as 
right of way for improvenent of Old Oregon Trail. 

Extensions of time, as foliows: 

Denten & Young, bridge over Lang Canyon; 

Guy H. Booker and Arthur T. Fox, Ana Spring-Hwmter Hill Sec- 

tion; 

Vernie Jarl, Middle Unit, Troutdale-Corbett Section. 
Contracts completed and accepted, as follows: 

Eagle Creek-"lade Corner Section, Fisher Brothers; 

Read Creek-“Iren Section, S. 5. liontague; 

Third Street Undercrossing in Bend, Birkemeier & Saremal; 

Strebin Road-iosner Road Section, H. L. Rice; 
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1940 
g600 June 4 


9601 


Log hauling. iurphy-Yelson Logging Compeny to be granted per- 
mit to trensport 40-foot logs over Columbic River Highway in 
vicinity of Hood River. 

Flegmen to be mointained ot intersection of lit. Hood Highway 
with Columbie River Uigwiay at each end of Hood River Bridge. 

Hood River County. Investigation ordered of connection vith 
Columbia River Hightmy of county road extending from high- 
way to Columbia River. 

Oregon—Teshington High.ay- State of Vashington presents plans 
for construction of “lashington Section. Oregon section not 
to be undertcken. 

Portland. Oiling of shoulders ndjuceut to highiwey through Park- 
rose District, from 32nd to 122nd Avenues, requested. 

South Sentian Hishvay- Completion of conctruction requested. 

Cloverdale. Oiling of Oregon Coast Highway shoulders approved. 

Route F Highway. Project to ve advertised for bids when formal 
arreenent has been executed. 

fruck turnout. Request for construction of turnout adjacent 
to Columbia River iiightay at Uiashington stete line denied. 

Springfield. Commission not to ussume responsibility in di- 
verting truck traffic off McKenzie Highvey in city limits. 

Roseturg. Commission invited to attend celebration in connec- 
tion with dedication of Neacth Umpoue Road on June 21, 1940. 

Dete for inspection of Oregon Coast Highway to be set leter. 

Sidetolk. Request for construction on Rogue River Bridge at 
Gold Hill. Action deferred. 

Coos River Secondary Highway. Improvement through Golden Falls 

Perk requested. Action deferred. 

Tualatin Volley Highway- Elimination of dip on highway east 
of Huber requested. Action deferred. 

Malheur County. Request for construction of road extending 
from 1.0.N. Highway at Rome to connection with Central Ore- 

way near Harper Genied. 
Improvement requested be- 
Action deferred. 
deferred. 
Baker-Homesteud Highuay- 
penditure of funds for 
tion on permanent alignment recuested. 

Powers Secondary Highway. Oiling of northerly 5-mile section 
requested. Road to be sprinkled with zater to allay dust. 
“Jallowa-Powwatka-Troy Highway. Designation as state secondary 

highway requested. Request denied. 

Union County. Picns for proposed cutoff of Old Oregon Trail 
up Ladd Canyon to North Ponder discussed. No definite plans. 

Nehalem Secondary Highway. Mist-Birkenfeld Section. Oiling 
requested. Transfer of funds for improvement of Siletz 
Secondury Hightmy to Nehalem Highway considered. No action. 

Siletz Secondary Highway. Report on cost to construct using 
state and federal funds ordered. 


Pege Date 
1940 
9612 June 20 


9613 


9614 


9615 


9616 


9617 


Subject 


1941 federal aid funds. Comnissioner Clough anuroves selection 
of projects made on June 14, 1940. 

Legislative bills. Attorney to prepare bills for 1941 legislature. 

Pacific Highway. Sneciel allocation of federal funds to modern- 
ize highvey discussed. 

Columbia River Highway. Speciel allocation of federal funds to 
modernize highway discussed. 

Wayside strips. To be charged to parks budget. 

Fremont Highway. Indian writings on rocks at Picture Rock Pass 
to be preserved “hen 2dditional right of «my secured. Stock 
not to be allowed on highway at. Pass: construction of fences 
to be considered. 

Quarry. Tupper Rock Quarry at Bundon not to be solc to Kern & 
Kibbe. Contractors on Bandon jetty project to be given op- 
portunity to purchese rock on royalty besis. State to have 
all tailings from manufacture of jetty rock. 

Sele of real property. Floyd Yood submits low bid for lend cd- 
jocent to Warm springs Highway, Jefferson County. Approval of 

offer deferred. 

Silver Falls State Perk. Request for improvement of road through 

perk ond through Golden denied. (See nage 9662) 

Douglas County. ‘{mll parcel of vronerty near Roseburg to be 
deeded b.ck to county rather than disposed of by vrivate s:le 
to Mr. Edwards. 

Schroeder é Iverson. Ordered to vacate property being used with- 
out permit adjacent to Oregon Coost Highway at Sixes River. 
Acquisition of property. Options to be secured on oli property 
between Orecon Coast Highway and beach along nroposed improve- 

ment south of Port Orford (See page 9600) 

Drivevsys. Construction of drivewuys ot commercial establish- 
ments adjocent to highway rights of way discussed. 

Islands. Gonstruction and maintencnce of pump islands at ser- 
vice stations at lighwer rights of vay discussed. 

Military duty. Comission approves Governor's order relative tc 
leaves of absence of employees who are members of uilitary or 
naval forces. 

Curry County. Xeport on roads eligible for federal secondary 
highway funds. 

Pendleton. Request for lendsccening of cutbank slopes east of 
railroad grede separation structure denied. 

Vele Test Secondary Hiphray. Reyuest for improvement reneved. 

Gilets Secondary Higmy. ‘Toledo-Siletz Section. Picns for in- 
provement using federel stendards di ‘cussed. action deferred. 

Insurance. Action on insuring residence building ct Grants Pose 
deferred. 

Traffic signals: 

Willamine r-Installation at each end of bridge approved. 
Newberg:-Installations «pproved. City to share in cost. 
Jefferson:-Instailation approved. 

Albany:~Installation deferred pending completion of highway. 
Baker:-Requests for installation denied. 


1940 
9609 June 14 Contracts completed end cccepted (continued) : 

Owyhee River-Tudor Ranch Section, HM. L. O'Neil & Son; 
State Farm-Adams Section, Roy L. liouck; 
Bridge over Lang Cenyon, Denten & Young; 
Elgin-Rock Creek Section, F. R. Hewett; 
Siskiyou Junction-Klamath County Line Section, A. S. Wallace; 
Reconstruction of Methodist Episcopal Church in Tigard, Con- 
tracting and Sales Company; 
Mist-Vernonia Section, Tidepoint Company ; 
Hay Canyon Section, Fisher Brothers; 
North Unit, Ana Spring-Hunter 4i1l Section, Guy H. Booker and 
Arthur T. Fox; 
Troutdale-Corbett Section, Vernie Jari. 

Date for next regular meeting set for July 18, 1940. 

Dete for special meeting in Roseburg to dispose of accumulated 
routine metters scheduled for June 20, 1940. 

Agreements, et cetera, signed as follovs: 
Leonard & Slate, extension of \lsonville ferry service to 
January 1, 1941; 
Wildred K. Colvin, acquisition of park site in Curry County; 
U. S. Forest Service, permit authorizing movement of oversized 
equipment over state highways in connection with fighting of 
forest fires; 
Eugene F. Hug, lease of maintenence headquarters site at El- 


gin; 

Federal Works Administrator, repair ork on Forest Highway 
Section of North Sentiem Highwuy to be done by stete forces; 
Portland Traction Company, improvement of Lombard Street; 

City of Astoria, Commission's contribution of funds to assist 
in financing removal of houses from Taylor Avenue, in Astoria; 
Mountain States Power Company, use of three of company's poles 
in connection with traffic signel suspension in town of Rick- 
reall; 

Union Pacific Railroad Compeny, elimination of railroad grade 
crossing in Nyssa; 

I. J. Rossman ond wife, Lease of maintenance headquarters site 
in town of Florence; 

Oregon Stzte Boord of Higher Education, use of facilities of 
college radio station KOAC during suamer months of 1940; 
ieyerhaeuser Timber Company, lerve of three stockpile sites 
in Jackson County extended for five-year period; 

Warrenty deed conveying unto 0.W.R-R.& N. Company property 
situate in towm of Haines; : 

Bergain and sale deed conveying unto Hugh G. Walker land situ- 
ate in Shield's Addition to Cottage Grove; 

Cuitclaim deed conveying unto Lincoln County land situate in 
Lincoln County. 


Rare Date _ Subje 
1940 


962/, June 20 +U. S. numbered Lighweys. Ballots presented by Amcrican associa- 
tion of State Highway Officials covering changes <pproved. 

9625 Newberg. Request for cooper:tion in directing tr fic on Wil- 
lamette River Bridge during Regetta approved. 

Coos County. Continuction of improvement vith CCC forces of 
county rozd passing Golden end Silver Falls Park recuested. 

Warm Springs Highway. Designetion os federal aic righway re- 
quested. 

The Dalles-Celifornie Highvay. Petition protestin; curnge of 
route bypassing toms of Culver and tietolius. 

Irrigation Project. Investigation ordered of progress m de in 
Wickiup Irrigation Project necessitating change in cLlignment 
of The Dalles-California Highway. 

Deer Island. Inspection to ve made of lots owed Uy tirs. J. E. 
Meehan in connection with proposed improvement of Columbia 
River Hishvay. 

Portiand. Southeact 39th Avenue. Letters requesting and let- 
ters opwosing designation as state highway route. 

Driveways. ‘Tilson River and olf Creek Highvays. Matter being 
presented to Washington officials for reconsiderction vhere 
construction involves 7.P.A. labor. 

9626 Malheur County. Need for added secondery highway construction 
to be investigated. 

Survey. Tillamook. Reouest for survey to Getermine permanent 
location for state highways through city requested. 

Lighting specialist. Request of City of Tillameok vor loan of 
services of specialist approved. 

Portland. Sullivan's Guich sugcested as highwey entrance into 
city from ezst. 

Prineville. City deposits check as contribution toward cost of 
oiling Main Street. 

Columbia River Highway. Improvement of sight dist: ace av curves 
ghere highway connects ‘ith Bradwood and Clifton county roads 
naoproved. 

Yeston. Request for erection of signs outside city limits on 
highwey rights of way «vertising Teston as "Gatevay te Liong- 
don Loke Recrentional ‘rea denied. 

82nd Street Highway. Congressman lott suggests route for high- 
way past schoolhouse in tom of Clackomes. 

9627 Claim. Letter from Mrs. Pearl S. Koble relative to ciuim for 
damages 2s result of reconstruction of Pacific Higavey. 

Wolf Creek Highway. Seaside Chamber of Commerce uppoves prog- 
ress made in construction. 

Oregon Coast Highway. Jucge Gilkey, Lincoln County, to be in- 
formed of substitution of Gleneden improvement for section in 
vicinity of Depoe Bay. 

Improvenent past Gleneden Beach requested. 

“erren. Leon D. Pitts renews recuest for permission to construct 
roeday to provide access to store building on old highway. 
Portland. City of Portland an¢ Commissioner of Public Docks ap- 

proves plans for improvement of Front Avenue. 
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Subject 


Baker. Suggestions offered for scfeguarding traffic in lieu of 
instellction of travfic lights. 

Traffic lenes. Uniformity in painting lanes discussed. 

Portland. Reanest for better lighting on Union Avenue denied. 
Estimate of cost to be prepared on extending lighting project 
to Interstate Bridge. 

Homer G. Johnson. Recuest for change in bid for Germantovm 
Road-Bernes Road Section from asphalt to tar denied. 

Willemette Highway. Resolution edopted designating highway a 
through highway throughout entire length. 

Stop signs. To be installed at ell crossroads where werranted 
clong Willamette Highway. 

Seaside. Becch area used as airplane lending field not under 
jurisdiction of Commission. 

Minor betterment budgets. Increase in budgets approved. List 
of projects in increase presented. 

Avard of contracts. Commission approves following owards: 

Lone Rock Junction-Rock Creek Section, M. L. O'Neil & Son; 
Replacement of wire rope on Interstate Bridge, Contracting 
and Sales Company. 

Dredging operations. Northvest Development Company granted per- 
mit to dig trench on Sumpter Volley Secondary Highvay to float 
dredge across highway. 

Sumpter Valley Highway. Request of Northwest Development Company 
to conduct mining operctions on rigat of vay denied. 

Peaviners. Request for blanket permit authorizing movements in 
vicinity of Astoria denied. Individual movements authorized. 

Laboretory building. Construction of proposed building in Salem 
considered too costly. 

Permit. Movenents of overwidth end overlength loads on state 
highways authorized in cases of emergency and if article can- 
not be dismantled. 

Albany. Reouvest for construction of driveways across Druinage 
Canal denied. 

Signs. Request of County Roadmaster, Douglas County, for ob- 
solete metz1 caution signe ovmed by department granted. 

Sveeper. Deposit of Feenaught; Machinery Compeny on bid for 
ronda sweener to be retained and deposited in highway fund. 

Claim. L. T. Nicholson, Bend, to be prid damages caused by fall- 
ing tree located on portion of Lot acouired for right of way. 

Pacific Highway. Resolution from Josephine County voc:.ting sec- 
tion of highvwey abandoned by state. 

Green Springs Highway. Jackson County «dvises that it has no 
use for sbandoned portion of hightey. , 

Log uculing. Order cancelling permits of Messrs. Bewley, John- 
gon, and Updegrave for overloading trucks in vicinity of Grand 
Ronde. 

Permit of George Clark to be cancelled as result of «ccident 
on HeKenzie Highvoy caused by nauling during darkness. 


Page Date Subject 
1940 
9633 June 20 Agreements, et cetera, signed os follows: 
Letter to Commissioner of Public Roads, “lashington, D. C., 
recommending alloc:tion of funds to ‘larm Springs Highway; 
(witeleim deed conveying unto L. 0. Harra land in Polk County; 
Eluer Taylor 2nd Hiyrtle Teylor, lezse of property in Alsea for 
use in connection ‘ith highvey construction end opcration; 
9634 Polk County, le..se of county-ommed property for meintenance 
headcuurters site ct Dallas; 
Edvard L. Dimmitt, extending lease of Vista House at Crow 
Point {or one-yeer period. 
July 18 Bids, <s follows, opened and read: 
Corvallis-Lincoln School Section, grading ond paving; 
9635 Marshfield-Sunker Hill Section, grading end paving; 
Est Unit, Leva Paljs-Bend Section, oiling; 
John Day Section, bridge over Canyon Creek; 
Veneta-Fisher Road Section, grad.,surf.,oil, & bridges; 
Albeny Section, roadside improvement; 
9636 Sanderson Bridge-Crabtree Cree: Section, grad.,ow'f.,oii, bridge; 
Nyssa Undercrossing Section, grade separation ; 
Lombard Street-Killingsworth Street Section, grede & pave; 
Oregon Slough-Columbia Slough Section, pavement resurfacing; 
9637 East Unit, Shaniko-Cow Canyon Section, grade, surf. ,& cil; 
Butte Creek-Mayville Road Section, grade end surface; 
Ferry service across "Hllamette River near Wilsonville. 

Klamati Falls. Recuest for advance of state funds to finance 
city's share of cost of traffic light installation denied. 

Klamath County. Delegation requests additionel federal aid sec- 

highway construction in county. 
9638 Klamath Falls-lierrill—tlatfield Road. Delegetion requests desig- 
nation as federal aid highvay. 

Tac Delles-California Highvay. emath Falls-Modoc Point Sec- 
tion. Delegation urges additional improvement. Improvement 
of Algoma-Terminal City Section to be advenced for fall let- 
ting if possible. 

Lake of the Voods Road. Recuest for appropriation to improve 
road denied. 

Siletz Secondary Highway. Plans for improvement and contract- 
ing of work discussed. 

9639 Tillamook County. County Court confers relative to allocation 
of 1941 federal aid secondcry nighwey funds to county. 

Tillanook-Netarts Road. Delegntion renews recuest Sor placing 
of road on stute secondary highwsy systen. 

Theeler. Request for oiling of strips along pavement approved. 

9640 Oregon Coast Highway. Delegation inquires regarding plans for 
completion in vicinity of Arch Cape. 

Wilson River Highway. Delegation confers relative to plans for 
continued construction. 

Commission invited to join cxravan inspection srip on July 25; 
followed by buaquet in Tillauook. 
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Rock. Reouest of Jim “hitaker to purchase rock from state- 
omed pile south of ilye Junction approved. Umatilla County 
to pay for rock. 

Umatilla County. Old stee}. span bridge formerly on Athena-Cold 
Springs Secondery Highway to be given to county. 

Field engineering costs. Arizona and Oregon cots compared. 

Fossil-Shaniko Secondary Highvsy. Personal inspection urged. 

Timber strips. Preservation along Santiam Hiphicy between Cxs- 
cadia and Foster urged. 

Yilson River Higmmy. Tillamook County Court commends Commis- 
sion on progress made in construction. 

Tigard. Pacific Highway West. Request for permission to con- 
struct roadway on right of way of highway denied. 

Cescade Locks. Recuest for Commission's approvel of W.P.aA. in- 
provements on Columbia River ilighvay within city approved. 

Stete Lund Use Planning Committee. C. B. McCullough outhorized 
to represent Commission on Committee. 

Claim. Benjamin Gent's claim for assistance in peying doctor 
bills us result of accident on Powers Secondary Highwey denied. 

Truck operations. G. 0. Hamilton suggests legislation prohibit- 
ing operation of trucks on Saturday sfternoons and Sundays. 

New highunys, streets, ete. Letter op»osing acquisition which 
will jeopardize life of est: blished institutions. 

Albany-Scio Secondary Highvay. Complaint filed on present con- 
dition. 

American Association of State Highway Officials. Resolutions 
adopted by Executive Committee discussed and approved. 

U. S. Highway No. 30. Letters favoring end opposing designe— 
tion as Old Oregon Trail. 

Marion County. Communications relative to construction of high- 
wey from Morguam to Gates ordered filed. 

Polls. Resolution endorsing efforts «hich my be made in remov- 
al of tolls on bridges and ferries between Washington and Oregon. 

Coluabic River Highvey. John L. Lamar urges retention of pres- 
ent route south of Se:ppoose. 

Pump island. Controversy with L. Plews, Dundee, relative to mov- 
ing of pump isicnd adjacent to Pacific Highway est disposed of. 

The Dalles-Celifornic Highvey. Algoma Section. News item com- 
mending Commission on recovery of traffic following flood. 

. Recnest for designation and construction, es a state 
secondary highway, of connecting road between Pacific Highway 
and Route F Highway approved. 

Brookings. Oregon Coest Righwey. Reconstruction discussed. 
Surveys. List of surveys ordered since lest meeting. 
Contracts completed and secented 2s foilovs: ; 
Culverts ond bridge on ilbeny Section, Averill & Corbin; 
Oregon Shough-Colunbia Slough Section, Udlefsen-Weygendt Co.; 
Jordan Creek-Helamer's Camp Section, Saxton, Looney & Risley; 
Pleasant Hill-Oakridge section, B. C. Hall Company; 
Ochoco Creek-Prineville fection, jiomer G. Johnson; 
Horth Bend Section, Coos Bay Dredging Compony- 
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9656 
9658 


9659 


9660 


9661 


9662 


Subject 


Right of way budget. Attorney's report approved. 

Reul property. Resolution authorizing ac,uisition. 
Condemation. Resolutions authorizing acquisition as follows: 
Shaniko-The Dalles-Californie Highway Section, Sherman Hvy. 
C(uarry site and hauling road in connection ith Eugene-Veneta 

Section of Bugene-Mavleton Highvay (Route F). 

Sale of real proverty. Commission confirms sale of land adja- 
cent to ‘farm Snrings Highway, in Jefferson County, to Floyd 
Trood. 

Sidewalk. Rogue River Bridge ot Gold Hili. fugineer suggests 
construction of concrete walks on each side of bridge. 

Oregon Coast Highway. Brookings Section. Attorney to proceed 
with condemnation. Project to be advertised ct August meeting. 

Dete for trip dom Oregon Coast Highway tentatively scheduled 
for veek of August 16, 1940. 

Date for inspection trip in Eastern Oregon tentatively set for 
week commencing September 1, 1940. 

Awerican Associntion of State Tighway OfLiciels. Attendruce 
at annual meeting in Seattle discussed. 

“Hlloamette Highway. Commission to uttend dedication of highvay 
at Gelt Greek Tunnel on July 30, 1940. 

Roseburg. City refuses to pay cost of operating lights at cross- 

ing of Pacific Highway with Southern Pacific Railrocd. 
cffic light expense. Decision deferred on question of state 


paying expense of lights at crossings of highways and railroads. 


Investigation of number of such lights ordered, ond amounts 
paid ammally to municipalities for light operations. 

Freight service. Tm. P. Ellis, Selem, confers relative to es- 
tablishmont of high-speed freight service along Oregon Coast 
Highway from Marshficld south. Commission to confer with Pub- 
lie Utilities Commissioner. 

Portland. Front Avenue Project. Securing of options for necded 
right of way discussed. 

Legislative bills. Attorney presents drafts of bills involving 
stete highway legislation for presentation to 1941 Legislature. 
Commission not to sponsor bill relating to stock running at 
large on stzte hishvays. 

Bill relative to payment of nighway revenue te incorporated 
cities and towms to be given serious consideration. 

Homer G. Johnson. Recuest for change in bid on Germantomm Road- 
Barnes Road Section denied. (See pege 915) 

Ovening of bids. Suggectien made that bids be not opened until 
10:00 or 11:00 a. n.- 

Coos County. Request for imorovement of road through Golden 
and Silver Falls State Park denied. 

Teeffie signal. West Salem. Installation of new type signal 
on Salem-Dalles Highway approved. 

Burns. Commission approves Trt ffic Enginecr's recommendations. 
Vale. Commiision *pproves Treffic Engineer's recommendation 
that revuest for instalJation at A and ikin Streets be denied. 
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Page Date 
1940 
9641 July 16 


July 19 


9650 


Subject 


Traffic signals. Portland. Request of §.P.& $.Company for in- 
stallation of signel ot Balboa Street anproved. 

Albany. Delegetion confers relative to use of Old Pacific 
Highvey upon completion of new highray. 

South Santiam Highway. County Court of Linn County confers 
relative to plans for completion of highwey. 

Warm Springs Secondury Highway. Messrs. Harker and Earwood con- 
fer relative to settlement for right of way between Hadras 
and Prineville. 

Yolf Creek Highey. Sylvan Section. Surfacing requested. 
Construction of traffic separation structure at connection of 
Wolf Creek and Tualatin Valley Highways discussed. 

Gravel. Washington County requests material from state's borrow 
pit at Tigard. Investigation ordered. 

Log hauling. Request of George H. Clark for reinstatement of 
permit ordered cancelled, as result of aecident on lcKenzie 
Highvay, granted. 

Dundee. Commission invited to attend celebration upon comple- 
tion of Dundee Section of Pacific Highway “lest. 

Claim. Administretor of estate of Miles Homer Otis, who lost 
his life as result of accident on Corvallis-Newport Highway, 
requests payment of damages. Matter under advisement. 

Awards. Commission announces avards of contracts. 

all. Peninsula Drainage District No. 1 granted permission to 
construct concrete wall on right of way of Swift Secondary 
Highway for controlling flood waters of Oregon Slough. Reso- 
lution adopted. 

Tigard. Expenditure of #1500 for additional work on improvement 
of highway authorized. | 

Sheridan. Salmon River Highway. Delegation inquires as to plans 
of Commission for improvement of highway. 

Pacific Highvay. Engene-Ashland Section. Delegation confers 
relative to securing special federal appropriation for recon- 
struction from military standpoint. 

Columbie River Highvcy. Portland-The Dalles Section. Delega- 
tion discusses federal appropriation for reconstruction from 
military standpoint. 

Minutes approved of mectings held on March 21 and 22, April 9, 
May 1, 2 and 3, and May 23, 1940. 

i.0.. Highway. Owyhee River-Nevada State Line Section. oil- 
ing of highwoy this fall and securing of funds to finance 
same discussed. 

Signs. 1.0.N. Highway. 40-miles per hour speed limit signs to 
be erected on Owyhee River-Nevada State Line Section. 

Snow removal. North Santiam Highway. Operations to he con< 
ducted on same basis as last year. 

"Hllemette Highway. Forest Highway Section. State to assume 
maintenance of road surface and snov removal. 

Snow removal. ‘illamette Highway. State to assume obligation 
of snow removal on Forest Highway Section. 


Page Date Subject 
1940 
9671 July 19 


9672 


9673 


9675 


9676 


Length of logs. Law governing classification of length of loads 
discussed. 

Salary increases. Salaries of ‘Im. Patton and ‘Im. Grenfell, 
Radio Technicians, to be increased. 

Log hauling. Engineer replies to letter from A. G. Teepe rela- 
tive to regulation of weights of hauling equipment on Oregon 
Coast Highway. 

Linfield College. Commission disapproves of concrete letters 
installed on slope of Pacific Highway West advertising Lin- 
field College. 

Wheeler County. Commission to take bids on behalf of county 
for reconstruction of county road bridge at Spray. 

Ousis State Park <t Brothers. Commission to refuse sale of 
area in park for school building. 

Ocean beach. Request of Arthur L. Churchill to use beach at 
Manzanita as airplane landing field during search for body of 
his son, recently drowmed, approved. 

Sumpter Velley Secondary Highvay. Northwest Development Company 
to be granted permission to dig trench to float dredge across 
highway. Company to construct detour road. 

Log hauling. A. E. Stebinger requests permission to transport 
logs over Columbia River Highway in losier. 

Lake County Chamber of Commerce invites Commission to attend 
meeting of Order of the Antelope on July 20 and inspect “lar- 
ner Valley Secondary Highway. Commission declines. 

Youth Hostels Association. Erection of markers along state 
highways indicating routes to be used by members of organiza- 
tion requested. 

Automobile travel. Request of Secretary of State that Commis- 
sion assume sponsorship of securing information concerning 
travel for use of National Association of Motor Vehicle Oper- 
ators denied. 

Cleim. Action deferred on claim of ililes Homer Otis Estate. (See 
page 9643) 

Extensions of time, as follows: 

George F. Anderson, bridge over Necanicum River at Black 
Bridge; 
F. R. Hewett, Nye Junction-Long Creek Section. 

Contracts completed and accepted, as follows: 

South Unit, Siskiyou-Bear Canyon Section, Roy L. Houck; 
Nye Junction-Long Creek Section, F. R. Hevett; 

Black Bridge-Richland Section, Morrison-Knudsen Company; 
Bridge over East Fork, Illinois River, J. F,. Johnston; 
Lapine-'Jest Forest Boundary Section, E. L. Rigdon; 
Cushman-Swisshome Section, Bugene Sand & Gravel Company. 

Date for next regular meeting scheduled for Aug. 22 & 23, 1940. 

Agreements, ct cetera, signed as follows: 

Lane County, construction of section of Route F Highway be- 
tween Veneta and Eugene, across Fern Ridge Dam site. 
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House moving. Contrectors to submit along with bid «affidavit 
declaring no collusion. 

Insurcnce. Stote Boord of Control to assume insurance risk on 
nll building: ovmed by highvey department. 

Park matters: 

Lake County ‘orld ‘kr Veterans' Memorial:-Request for desig- 
notion of Memorial denied. 

CCC Camps:-Applications for renevel of camps and for esteb- 
lishment of new camps in several nurks approved. Parks Super- 
intendnent to confer ‘rith Cheirman Cr-bell on m-tiers requir- 
ing immediste attention. 

Jessie Ii, Honeymen Park:-Charge for use of bathhouse et Clea- 
wox Lake «pproved. 

Timber strips. Salaon River Cutoff. Purchase of additional 
wayside strips from tliami Corporation considered. 

Height of vehicles. Resolution limiting to 10 feet the overall 
height of vehicles pessing under 5.P.tracks in Albany. 

Similar resolution limiting to 10 feet the overall height of 
vehicles passing under tracks of Oregon Trunk Railway in Bend. 

flood River County. Request for Commission's approval of W.P.A. 
project involving county road aporocch to Columbia River High- 
vay approved. 

Hood River. Reauest for Commission’; aporoval of V/.P.A4. improve- 
ments on Hood River Secoudary Highvay, in Hood River, approved. 

Yerm Springs Secondary Highray. Resolution recommending desig- 
nation es federal aid highway; also changing classificetion 
of road to state primary highway. 

Rock. Request of farmers residing slong '!iddle Fork of John 
Day River to purchase 1000 cu. yds. of rock being produced 
by fF. R. Hewett for Nye Junction-Long Creek Section approved, 

Odell Secondary Highway. Resolution designating said highway 
a stote secondary highway. 

Fugene. Designation, as a state secondery highvey, of con- 
necting road between Pacific dighvey cnd Route F ilighway con- 
sidered but Ceferred. 

Hood River Secondary Highvey. Resoluticn design«-ting highway 
a through highwwy. 

jvards. Commission confirms follovring «vards: 

Plue Mountain maintenance petrol station, Fife & Company; 
“errenton Section, Jacobsen-Jensen Company; 
Randon Section, Coos Bay Dredging Company. 
Equipment. Purchose of follovring authorized: 
20 fow-theel-drive trucks of Marmon-liarrington type; 
1 snogo for use on Willamette Hirhizy; 7 
30 modern push-type snow plows for instcllntion on Ford trucks;. 
1 set Lowell steel socket bridge wrenches. 

Scrap materiel stored at highvey shops. To be advertised for 
sale. 

‘leight tolerance. 10 per cent tolercnce to be élloved in trauns- 
porting commodities cc well 13 logs. 
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Salem, Oregon, April 9, 1940 


The State Highway Commission met at 10:00 a. m. in the office of 
the State Highway Engineer, Room 325 State Office Building. Present were: 


Henry F. Cabell, Chairman 

Huron wi. Clough, Commissioner 

Herman Oliver, Commissioner 

R. H. Baldock, State Highway Engineer 
J. li. Devers, Attorney 

H. B. Glaisyer, Secretary 


The Engineer discussed with the Commission matters pertaining to 
the bids received by the U. S. War Department on April 5, 1940, on behalf of 
the State Highway Commission, for the construction of the embankments and 
culverts on the Troutdale-Dodson Section of the Columbia River Highway, in 
Lultnomah County. which bids were received along with bids for dredging op- 
erations in the Columbia River, the plan contemplating the use of the 
dredged materials in the highway embankment work. He said that the low bid- 
der for this work was the General Construction Company, whose bid for em- 
bankment construction was 11¢ per cubic yard, totalling $286,000.00, and for 
culvert construction $28,550.00. The riprap work, he said, was not included 
in the call for bids but will be required in future contract work and is es- 
timated to cost “81,500.00, making the grand total cost of the highway work 
under this arrangement $396,050.00. . He gave as his thought that the unit 
bid of 11¢ per cubic yard for the embankment construction is somewhat high 
but suggested that it would be well to accept the same in view of the fact 
that the total cost of the work to the state under this plan would be con- 
siderably less than by doing the work under separate contract, using 
dredged borrow material, or by using borrow material from dry pits where 
available, with dredged borrow where material is not available from dry pits. 
He estimated the total cost on the basis of the first alternate plan at 
$474,050.00, and under the second alternate plan at $766,000.00. 


An award to the General Construction Company on the basis of its 
bid, he said,‘ would effect a saving of at least $78,000.00 to the state, and 
possibly $100,000.00, over any other possible award or plan for the perfor- 
mance of the’ work. Lr. Tom Davis, Senior Highway Engineer, Public Roads Ad~ 
ministration, was present and advised that District Engineer *'. H. Lynch 
would concur in the award of the contract to the General Construction Company 
if he receives a letter from the State Highway Engineer to the effect that 
the preliminary estimate of cost heretofore submitted to the Public Roads Ad- 
ministration for approval is considered too low, and provided, further, that 
la. Lynch is furnished with estimates of cost to do the work under the alter- 
nate plans. After considerable discussion and it appearing to the Commis- 
sion that a substantial saving would be made if the bid of the General Con- 
struction Company is accepted, the Engineer was authorized and instructed to 
write such letter to ir. lynch. The bids received for the work were there- 
upon referred by the Commission to the Engineer with pover to award the con- 
tract to the low bidder, the General Construction Company, upon receipt of 
concurrence in the award by W.H. Lynch, District Engineer, Public Roads Adminis- 
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9676 July 19 Agreements, ct cetera, continued: 
Fisher Bros., dispoving of claim for extre compensetion on 
contract for Odeli Lake-‘clker Hountain Section. 
E. Porell, rental of an RD-8 ccterpiller tractor and 12-yd. 
carry2ll for use on John Day Section. 
Union Pacific Company, installation of automatic grade-cross- 
ing sipmals at Adams and Pendleton. 
Wheeler County, county meintenance of Kinzus County Road. 
Lane County, county maintenance of Route F High-ay betveen 
Fisher Roed cnd Territorial Secondary High™y. 
John %. Zeller and wife, disposing of controversy involving 
right of vay for Oregon Coast Highway in Tillamook; 
George . Joseph, Jr., end rife, consiruction of vater-pipe 
line across Joseph property near Talbot State Pork. 
Evens Products Company, detour rond over company's property 
adjacent to Oregon Coust Highway, in Marahfield. 
George Hagelstein and wife, detour rond adjecent to The Dolles- 
California Highvay, Klamath County. 
Bonneville Porer Administretion, »ermit to construct improve- 
mente on Pacific 'licghway near Zugene. 
Quitelaim deed conveyin; unto Vers Bahrke lend in Albany. 
Barcnin and sale deed ‘onveying unto Clitson County a portion 
of Tongue Point Stete Park at Astoria. 
Cuitclaim deed conveying unto Floyd Ylood land in Jefferson 


County. 

Quitclaim deed conveying unto Douglas County lend in Douglas 
County nesr north city limits of Roseburg. 

"offer to Convey Easement", willingness to grant Bonneville 
Power Administration authority to meintein powcr pole line 
neross state-omed vronerty in Hood River County. 


9448 


was present and asked the Commission to surface and oil at state expense a 
new road connecting the old and new state hirhways in the city of Fiorence, 
particularly along an extension of Lincoln Street. lr. Rossman was spokes- 
man for the group. He advised that the city has already eraded the road in 
question, same being approximately 400 feet in length, with a maximum grade 
of 3 per cent and a roadway 26 feet wide. He asked the Commission to sur- 

face and oil the road because it is the most important roadway leacing into 
their tow from the Oregon Coast ilighway, and the city is without funds to 

finance it. 


Chairman Cabell advised that the Commission looks with favor upon 
this project but there is a question whether or not the Commission has le- 
gal authority to expend state money for such purpose in view of the fact 
that the road is not a connecting road between two state highways and the 
Commission is reluctant to establish a precedent by designating the road a 
secondary state highway. The Engineer estimated that it would cost $810.00 
to surface and oil the road, He pointed out that from the state's stand- 
poimt the road is in a much better location than the present connection at 
the north end of the Siuslaw River Bridge, He recommended the improvement 
at state expense if a way can be found to legalize the expenditure, particu- 
larly in view of the fact that the road has already been graded and will 
provide a much safer route into the business district of Florence than any 
existing roat. 


After discussion the Commission approved the project by unanimous 
vote, subject to an opinion from the Attorney that an expenditure of state 
highway funds for the purpose is legal, 


lr, E. P, Leavitt, Superintendent, Crater Lake National Park, 

came before the Commission in regard to the “1.00 fee wiich the National 
Parks Service charges motorists for the use of the roads in Crater Lake Na- 
tional Park, particularly with reference to the collection of such fee from 
motorists who do not drive up to Crater Lake but who simply pass through 
the park on the Crater Lake lli¢hway. This question has arisen because of 
complaints received by the State Highway Department from persons who are 
charged such fee for simply passing through the park. 


ir, Leavitt advised that the charge is made by the ParksService 
for the use of the park road the same as the state exacts a license fee from 
motorists for the use of state roads, and the amount of the fee is based 
somewhat upon the mileage of roads in the park. He also advised that fed- 
eral appropriations for national park purposes in any particular park are de- 
pendent somewhat upon the amount of revenue that the ParksService secures 
from fees collected for the use of the roads in that park. He also ex- 
plained other features of the Government's present policy, which, he said, 
has now been in effect for about three years, which policy provides that the 
amounts appropriated for any particular park shall not be increased from 
year to year until that % is more self-supporting, so it appears if more 
federal money is to be obtained for park improvenents a better showing as 
to the revenues must be furnished. The relieving of the motorists from the 
payment of the fee, he said, would deviate from long-established policy. 
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tration, and upon the condition that the U. S. War Department awards its con- 
tract, This action of the Comission was taken by unaninous vote. 


The Engineer reported the need to recondition certain state hichways 
which are being badly damaced by continuous log-hauling traffic, particularly 
the following: 


3-mile section of the Albany-Lyons Secondary Hichway between 
Crabtree and Scio. He estimated that it would cost about $30, 000 
to repair this section. 


3.8-mile section of the “oodburn-Sandy Secondary Highway west 
of its junction with the Cascade Secondary Hichway near Lolalla. 
He estimated that it would cost about $55,000 to repair this section. 


Albany-Lebanon Section of the Santiam Highway. In connection 
with this project the Engineer requested authority to conduct experi- 
ments using different types of construction on short sections about 
one mile in length. He estimated that this project would cost about 
$70,000 and advised that it is quite important that something be done 
to this road because maintenance costs under present conditions are ex- 
tremely high; in fact, the amount budgeted for the calendar year 1940 
has already been spent. 


Bellevue-Sheridan Section of the Salmon River Highway. The Engi- 
neer advised that this section is rapidly goinz to pieces by reason of 
heavy hauling thereover, and there is urrent need for repairs because 
maintenance costs are extremely high under present conditions. He es- 
timated that the improvement would cost approximately $100,000 and 
suggested that funds to finance the same be secured by transferring 
those heretofore tentatively allocated for the improvement of the Low- 
er Columbia River ‘li¢lway near Seanpoose. He also suggested that the 
Commission allocate $150,000 from the continrency fund to finance the 
other three jobs. 


In the discussion of this matter reference was made to the financing 
of the Front Avenue project in Portland, inconnection with which the Commis- 
sion’ has heretofore agreed to purchase right of way up to a maximum of 
$800,000.00, representing 40 per cent of the estimated cost of construction. 
After due consideration of the entire matter, the Commission by unaninous vote 
approved an expenditure of {155,000.00 from the contingency fund to finance 
improvements needed on the Albany-Lyons Secondary Highway, Woodburn-Sandy Sec— 
ondary highway, and on the Santiam Highway between Albany and Lebanon, as re~ 
ported by the Engineer, and authorized the Enrineer to vroceed with the work. 
The En~ineer was also authorized to prepare the Bellevue-Sheridan project for 
contractinr but not to advertise this project for bids until so instructed by 
the Commission. : 


A delegation from Florence, Oregon, consisting of J. C. Ponsler; 
Ira Rossman, Acting Layor; and Harry Deveraux, Engineer for the W. P. A. 
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decided that it would be to the best interests of the seneral public and all 
concerned if the work were done by contract. The Engineer was thereupon au- 
thorized and instructed to prepare the project for contracting and to submit 
it to the Public Roads Administration for approval in the 25 per cent partial 
program for 1941 federal funds. 


The Commission adjourned at 12:20 p. m. and reconvened at 1:20 p.m. 
in the same room, with all Commissioners, the State Hichway Eneineer, the At- 
torney, and the Secretary present. 


The Encineer requested authority to purchase the followinc equip- 
ment for the ‘iolf Creel Highway V.P.A. project: 


1 ld-yd. shovel equipped with lichting system, estimated cost 
$19,000.00 ~ 1 truck crane to be traded in as part purchase 


price, value “2,000.00 - net cost of new shovel 517, 000, 00 
1 tractor, estimated cost $8,800.00 - 1 old tractor to be 
traded in as part purchase price - net cost 8, 300,00 
1 12+yd. carryall scraper, estimated cost 5,500.00 = 1 used 
scraper to be traded in - net cost 4, 500.00 
1 angle dozer, estimated cost 2,400.00 
Total cash outlay on equipment $32, 200.00 


He requested particular instructions relative to the purchase of 
the tractor and the 12-yard carryall scraper. The question involved was 
whether to write special specifications for these two pieces of equipment or 
to purchase an RD-€ tractor and a 12-yard LeTourneau scraper direct from the 
manufacturers of such equipment and under the specifications of the manufac- 
turing concern. The Ingineer explained that the RD-8 tractor and the LeTour- 
neau scraper are particularly well adapted to work on this project; and, 
while they may cost a little more than other types of equipment, he believed 
that it would be to the best interests of the state to purchase them for the 
purpose intended and he so recommended in this particular instance. 


After considerale discussion the Commission approved the Engi- 
neer's recommendation by unanimous vote, subject to further approval by the 
State Board of Control and the securing of a quotation from the manufactur- 
ers that is considered reasonable, taking into consideration the value of one 
old tractor and one used scraper that are to be traded in as part purchase 
price. The Commission also by unanimous vote authorized the purchase of the 
li-yard shovel and the angle dozer requested by the Enrcineer for this project. 


The Engineer also requested authority to purchase the following 
equipment: 
10 light-type trucks, estimated total cost $9,000.00 
1 light-type sedan to replace one wrecked, 
estimated cost 800.00 
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He recited statistics concerning travel in Crater Lake Park and filed a writ- 
ten brief in support of his contention that no change should be made now in 
the present practice. 


Chairman Cabell sugzested as a possible solution that the state 
might pay a portion of the cost of maintaining the Crater Lake Highway within 
the park boundaries, the state's share to be based voon the volume of traffic 
that uses this road but does net go up to the lake proper. Ir, Leavitt re- 
plied that the sugrestion involves a matter of policy of the National Parks 
Service and that he was unable to make any statement in regard thereto at the 
present time. He suggested that the matter of waiving the present fee be de- 
ferred for the time being and that in the meantime signs be erected at the 
eo entrances calling attention of the motoring public to the fact that a 

1,00 annual fee will have to be paid for the use of the park road. He asked 
the Commission not to make any public statements in regard to the matter un+ 
til he has had an opportunity to discuss it further with his superiors, and, 
in any event, not until the Commission has again consulted with him in regard 
thereto, He also asked the Commission for a letter stating the Commission's 
reaction to the contents of his brief. The Commission agreed not to take any 
public action on the matter until it has consulted further with lir. Leavitt. 
The Commission also agreed to send him a letter outlining its viewpoint. 


The question of whether or not the proposed Wolf Creek Highway tun 
nel should be constructed as a W.P.A. project or by contract was discussed by 
the Commission. Lr. Harry Deveraux, W.P.A. engineer, was present and entered 
into the discussion of this matter. The State Highway Engineer reported the 
advantages and disadvantages of both plans of construction. He estimated the 
total cost of the tunnel under the ‘/.P.A. plan at 301,685.00, of which amount 
the state's share would be approximately 875, 400,00 as compared to an estimat- 
ed total cost of $173,566.00 if the work were done’ under the contract plan, 
in which case the state's share would be about $69,400.00. He pointed out 
that the performance of the work under the /.P.A. plan would necessitate the 
purchase of considerable hich-priced equipment, which would not be worn out 
on the job and would be of no value to the state after the job was completed 
because there would be no other “.P.A. tunnels to construct; also, that it 
would take from seven to twelve months to construct this 810-foot tunnel un- 
der the contract plan, which, in his estimation, is a much shorter time than 
that in which it could be constructed under the /.P.A. plan. 


Lr, Deveraux gave as his thourht that the tunnel could be construct- 
ed in a year's time under the U.P.A. plan, with proper equipment. He pointed 
out that the Yolf Creek Hirhway W.P.A. project has already been established 
and declared that it would be a simple matter to have the project extended to 
include the tunnel. He said that it would take about three weeks to get the 
project started and about six weeks to secure approval by authorities in Wash- 
ington, D.C. He also said that the ‘J.P.A. rules are simple and that it would 


* be possible to employ the same men on the job and to pay these men the same 


wages as if the work were done by contract, Furthermore, the present ‘J.P.A. 
rules provide for the employing and discharging of men as may be necessary. 


The Commission discussed this matter at considerable length and 


respect to such matter was adopted by the Commission by unanimous vote: 


WHEREAS, vehicular traffic entering the City of Portland 
over the Pacific Highway from the north, the Columbia River High- 
way from the east and the Pacific Highway from the south is now 
and has been for some time routed through the City over Fourth 
Street by order and direction of the Oregon State Highway Commis- 
sion; and 


WHEREAS, the traffic so entering, passing through and 
leaving said City is of such volume that congestion, inconvenience 
and other traffic problems result by reason of confining such traf- 
fic to Fourth Street alone; and 


WHGREAS, it is the judgnent of the ‘i¢hway Commission 
that an alternate route should be designated and thus made avail- 
able for the convenience, the accommodation and the safety of the 
motoring public as.well as for the convenience and safety of local 
traffic, both pedestrian and vehicular, having occasion to use or 
cross Fourth Street; and 


WHEREAS, after extensive and careful study of traffic 
needs and conditions, which study was made by the Highway Commis- 
sion in cooperation with municipal authoritics of the City of Port- 
land, it is the judgment of the Cormission and said municipal au- 
thorities that Southwest Front Avenue, with certain related or con- 
necting streets, would, if widened and otherwise improved, afford 
and make available more adequate facilities and accommodations for 
the general motoring public than are available under existing con- 
ditions; and 


WHEREAS, if said project is promoted and carried through 
to completion, it will be necessary that additional real property 
be acquired for right of way and other street purposes; and 


WHEREAS, it is the purpose of the Highway Commission to 
cooperate with the nunicipal authorities of the City of Portland in 
the acquisition of said real properties; and 


\HERG.AS, for the purpose of procuring funds with which to 
pay the City's pro rata share of the cost of such right of way the 
City is submitting to the voters of the City of Portland the ques- 
tion of issuing bonds in the amount of $1,250,000, which question 
ds to be voted on at the general election to be held. in May, 1940. 


NOW, THEREFORE, BE IT AND IT HEREDY IS RESOLVED by the 
Commission, all members being present and affirmatively voting, as 
follows: 


1. ‘That the Highway Commission hereby declares its pur- 
pose and plan to cooperate with the City of Portland in the widening 


Aigo, to purchase on the rental-purchase plan 2 car-heating boosters, estimat- 
ed to cost $7,200.00; 10 truck scales, estimated total cost, exclusive of in- 
stallation, $12,500.00; installed, $25,000.00. 


The Comaission approved the request by unanimous vote. 


The Engineer reported the need to purchase 10,000 gallons of white 
for use in painting "ao passing” lines on the vertical curve sections 
of state highways throughout the state. He explained the need for such strip- 
ing as an additional safeguard to highway traffic and advised that the plan 
proposed for the striping conforms with the standards of the adjoining states 
and with those adopted by the American Association of State Highway Officials. 
He estimated that the paint would cost about $11,500.00, and recommended the 
purchase. The Commission approved the recommendation unanimously. 


The matter of the adoption of a policy with respect to the granting 
of permits for the transportation of 40-foot logs over state highways, involv- 
ing an overall length in excess of the legal length limit, was discussed brief- 
ly but action thereon was deferred by the Commission until its meeting sched- 
uled for May 2 and 3, 1940. 


The Commission had under discussion a request for the widening of 
State Street, Salem, (route of the North Santiam Secondary Highway) between 
12th Street and 13th Street. The Engineer advised that the Union Oil Company 
plans to construct a large service station at the northwest corner of the in- 
tersection of 13th and State Streets, which station will occupy @ frontage of 
approximately 100 feet on State Street, and the company has requested permis- 
sion to widen this section immediately in front of its property, at its own ex- 
pense, which would mean the moving of the curbs a distance of about 10 feet for 
this one-half block. He pointed out that this would result in an offset of 
the curb line and would create a traffic hazard unless the curb for the rest 
of the block were set back a corresponding distance. He pointed out that 
trafic signals will heave to be installed at the intersection of 12th and State 
Streets in the near future, in connection ‘ith which it would be advisable to 
provide for two moving lanes of travel to facilitate the operation of the sig- 
nals. Also, that the Commission has plans to install, during the coming sum- 
mer, new flashing-type reilroad-crossing signals at this intersection; so, if 
the street is to be widened, it appears advisable that the work be done now 
before the signals are installed. He estimeted the cost of the widening work 
at $1,900.00, of which amount, he said, the Union Oii Company. vould pay ap- 
proximately $620.00 and the State Hightay Department $1,280.00. He recom- 
mended the improvement because State Street is now only 493 feet wide between 
curbs, which is too narrow for the volume of traffic that it is required to 
carry; provided, however, that the City of Salem will adopt an ordinance con~- 
tinuing the present practice of parking cars parallel with the curb line. 
After discussion the Commission by unanimous vote approved the project as rec- 
ommended by the Engineer. 


The Commission had under discussion matters pertaining to the pro- 
posed Front Street project in Portland and particularly the matter of desig- 
nating such route as a state highway route. The following resolution with 
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as a route over which to direct traffic entering and leaving the 

City from the above named highways shall be wholly and completely 
contingent upon the action of the voters of the Gity of Portland 

with respect to the authorization of said bond issue. 


5. That this resolution be entered in the minvtes and rec- 
ords of the Commission and a duly certified copy thereof delivered 
to the Honorable Joseph XK. Carson, iiayor of the City of Portland, 
and a certified copy thereof delivered to W. H. Lynch, District En- 
gineer of the Public Roads Administration. 


The Commission also discussed its plans for the use of the rail- 
read bridge, commonly !mown as the Steel Bridge, over the Willamette River 
in Portland, in connection with the proposed Front Street arterial highway. 
It was the thought of the Commission that the owners of this bridge, which 
are the Union Pacific Railroad Company and the Southern Pacific Railroad 
Company, should have knowledze of the Commission's plans in this regard. 
Accordingly, the Commission authorized Chairman Cabell to write a letter to 
both railroad companies advising them of the Commission's intentions with re- 
spect to the use of the bridge so that they will be informed when the High- 
way Commission submits its application for the necessary easements and per- 
mits. (See letter dated April 9, 1940.) 


The Commission had under consideration the request from the County 
Court of Clatsop County that the deeds’ secured for right of way for the pro- 
posed improvement of the county road in the City of Warrenton be prepared so 
as to convey the property direct to the State of Oregon rather than to Clat- 
sop County. The Engineer pointed out that the pronosed improvement is on the 
county road that leads to Fort Stevens and is scheduled for constructicn as a 
federal aid secondary highway project, although government approval has not 
as yet been secured. Further, that after construction is completed the 
maintenance of the road will be a responsibility of Clatsop County. In view 
thereof the Commission considered it inadvisable to take title to the right 
of way at the present time and thereupon tentatively denied the County Court®: 
request. 


The Commission ‘ad under discussion the question of contributing 
funds to assist in financing an Oregon exhibit at the 1940 San Francisco Fair. 
It was pointed out that if such exhibit is to be maintained this vear it will 
require a contribution from the State Hichvay Commission of approximately 
58,000.00 of state highway funds. After considerable discussion the Commis- 
sion referred the matter to Chairman Cabell to consult with the sponsors of 
the project, after which definite action will be taken by the Commission over 
the telephone. . 


The matter of continuing <’.P.A. construction work on the ‘Wilson Riv- 
er Highway was considered by the Commission. The Engineer recommended approv- 
al of a project costing approximately $1, 250,000.00, of which amount the 
state's sare, as sponsor, will amount to about $289,000.00. He explained 
that such project would provide 15 months' work and would complete the grading 
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and more permanent improvement of the following streets, known generally 
as the Southwest Front Avenue route, to wit: 


Beginning at the intersection of Barbur Boulevard and South- 
west Front Avenue at or near Soutm.est Lane Street in the City of 
Portland; thence northerly along Southwest Front Avenue, crossing 
Southwest Arthur Street (and its extension known as Southwest Kel- 
ly Avenue) by means of a structure passing over the grade of said 
Southwest Arthur Street to a point at or near the, intersection of 
Southwest Carruthers Street; thence crossing diagonally from South- 
west Front Avenue to Southwest tater Avenue, and thence along South- 
west Water Avenue, passing underneath the grade of Southwest Madi- 
son Street at HawtHorne Bridge, and underneath the grade of South- 
west Liorrison Street at the Liorrison Street Bridge, and thence to 
an intersection with the Steel Bridge at or near the intersection 
of Northwest Front Avenue and Glisan Street; thence onto the Steel 
Bridge by a set of ramps; thence across the Steel Bridge to the 
east side of the Willamette River, passing under the Steel Bridge 
by a set of ramps, at a point near the intersection of North Wil- 
liams Avenue and Northeast Oregon Street; thence northerly along 
the east bank of the Willamette River, passing underneath the 
Broadway Bridge, and thence to an intersection with Interstate Ave- 
nue at or near its junction with North Tillamook Street. 


Also, a second route which operates as a service drive and 
which diverges from the first named route at its intersection 
with Southwest Columbia Street and proceeds thence westerly along 
Southwest Columbia Street to its intersection with Southwest Front 
Avenue, and thence northerly along Southwest Front Avenue to its 
intersection with Northwest Glisan Street, said point being ap- 
proximately the westerly end of the Steel Bridge. 


2. That the Commission does further declare its purpose to of- 
ficially and affirmatively adopt said route and said streets as streets 
over which to route state highway traffic if and when the voters of the 
City of Portland at the general election to be held in May, 1940, approve 
the issuance and sale of bonds in the sum of $1,250,000, and if the neces- 
sary right of way can be procured at a cost satisfactory to the Highvay 
Commission and the City authorities. 


3. That for the purpose of determining the cost of real proper- 
ty needed and required for right of way purposes the legal and right of 
way departments of the Highway Department hereby are authorized and in- 
structed to cooperate with the city officials of the City of Portland in 
the procurement of options disclosing the price or prices for which the 
several parcels of real property required for said project can be pur- 
chased, and that said options when taken be taken subject to the approval 
of the Highway Commission and the municipal authorities of the City of 
Portland. 


4. That the permanent adoption and designation of said streets 
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The Assistant Attorney, who was present, stated that the price of- 
fered Mr. and urs. Crouch for their property is consistent with other offers 
made and accepted in that vicinity and that at the rate of $10.00 per tree 
the Cownission would be paying Mr. and irs. Crouch $1,500.00 an acre for 
their orchard land, which is considered adequate for such property in this 
locality. The matter was discussed at some length but immediate action was 
deferred. The matter was reconsidered immediately after ir. and irs. Crouch 
left the meeting, when the Comission decided wnaninously to pay them $12.50 
per tree. 


The Engineer reported the necessity to construct a nonskid wearing 
surface on the following highvzys: 


10-mile section of the Pacific His)way north of Grants Pass ; 

4e6-mile section of the Cascade Secondary Highway from Ore- 
gon City to the Southern Pacific Railroad crossing north 
of the town of Clacl-amas ; 

4 short sections of the Pacific Highway West, totalling 5.5 
miles, extending from the town of Tigard to a point 7.1 
miles southerly thereof. 


In order to do a satisfactory job of nonskidding, he said, it would 
be necessary to prepare the existing vavement surface by planing. He esti- 
mated the total cost of the work at approximately $27,000.00, of hich amount 
#7,000.00 represents the cost of the- planing work and the balance the cost of 
the nonskid work. He requested authority to proceed with these improvements 
and to rent a planer froa Contractor J. C. Com»ton for use in connection 
theretith. The Commission approved the request unaninously. 


The Engineer brought up for discussion the matter of constructing 
a light oil treatment on the Baker-Homestead Highway between Flagstaff and 
Lower Powder. He explained for Mr. Oliver's benefit the Commission's plans 
for this improvement and the objections that have been offered thereto by the 
people of Baker County. After discussion the matter was referred to Commis- 
sioner Oliver to discuss with the people of Baker County, it being understood 
that ur. Oliver would notify the Salem office the results of his conference 
in sufficient time so that the project can be advertised for bids at the .ay 
2 meetin; of the Comission if indications are that the people of Baker Coun- 
ty will be satisfied with the improvenent as proposed. 


The Engineer presented a list of projects whieh he recommended for 
consideration in the 1940-41 roadside improvenent »rocram to be financed with 
federal fumds. After discussion the Commission ap»roved the following proj- 
ects for such program and authorized the En;ineer toe present them to the Pub- 
lic Roads Administration in the usual manner, and to prepare then for con- 
tracting: 


U 


Division /1 
Varren-St. Helens and Warren-Scappoose $2,500.00 


(Continued on next pa7e) 
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of the Canyon Section and a 3-mile section at the Glenwood end of the road; in 
fact, will finance all work except the tunnel and the surfxcing and oiling, 
which is to be done under state contract, and will also include provision for 
the felling of danger trees on the 1900 acres of burned timber land adjacent 
to the highway right-of way, which property is being acquired from the Consoli- 
dated Timber Company, He further advised that the Consolidated Timber Company 
has agreed to sell its 1900 acres to the state for the sua of %4,500.00, on 
the condition that Tiilanook County will waive its claim for delinquent taxes. 
The Commission by unanimous vote approved the purchase of this timber land on 
the basis of the Engineer's report and also by unanimous vote approved the new 
W.?.A. project as reported. The “ngineer was authorized to sign papers as may 
be necessary to secure \..P,A. funds. 


The Commission discussed several let-ers from log haulers in Clatsop 
County who desire te truck logs over the Cannon Beach Road from the summit to 
its junction with the Oregon Coast Highway during the summer months as well as 
during the winter montis, such operations under present rulings being denied 
them during the period ay 1 to September 15, when beach travel is heaviest. 
The Engineer advised that the curvature of this highway from the summit easter~ 
ly to the junction of the Oregon Coast llighway is not excessive and, in his es- 
timation, the hauling of logs over the same during the summer months would not 
be unduly hazardous to other traffic, although from the summit vest to Cannon 
Beach such operations would be dangerous because of the many sharp curves. He 
recommended year-round log hauling on the section east of the summit to the 
Coast Highway junction, provided the overall length of the loads do not exceed 
the statutory limit of 50 feet, but that the present ruling prohibiting log 
hauling during the sumer months be retained in full force and effect along the 
section from the summit to Cannon Peach. The Commission approved the recommen- 
dation unanimcusly. 


The Secretary presented a report from the Department of State Police 
concerning several logs that were dropped on the right of way of the Salmon 
River Highway west of Grand Ronde by truckers for the Knute Johnson Logging Com- 
pany of Grand Ronde, According to this report the logs vere lost in October, 
1939, but the owners have fail-d to remove them notwithstanding that they have 
been ordered to do so by the police officers several times. The Commission in- 
structed the Secretary to ask the Public Utilities Commissioner to cancel the 
special carrier permit of the Knute Johnson Logging Company, in accordance 
with the rules and regulations adopted by the Commission in January of 1940 and 
thereafter ratified by the Public Utilities Commissioner and the Superintendent 
of the Department of State Police. 


tr. and ls. =. Crouch, Grants Pass, came before the Commission re- 
garding settlement for right of way that is needed for the improvement of the 
Pacific Hichway at Green Creek, south of Grants Pass. They stated that they 
had been tendered an offer by one of the Highway Department's right of way 
agents for their property, which offer is acce; table to them in all respects 
with the exception of the amount that they have been offered for 58 peach trees. 
Such offer, they said, is “10,00 per tree, whereas they feel ‘that they should 
receive 325.00 per tree. 
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late to make any change in the Skyline project; however, instructed the En- 
gineer to furnish the engineering departments of Lfultnomah and Clackamas 
Counties such engineering information as he may have available concerning 
the Foster Road extension, and to inspect the location of the road during 
the progress of construction if requested to do so by the counties, 


A delegation from Ashland, consisting of Liayor T. S. Wiley, Coun- 
cilman C. H. Delsman, and City Superintendent E. C. Biegal, was present in 
regard to the improvement of the Pacific Highway through Ashland. They par- 
ticularly asked the ‘Commission to provide for the elimination of a turn in 
the present route at what is known as the Plaza Corher, The Engineer esti- 
mated the cost of this improvement, exclusive of right of way, at “17,000.00. 
The right of way cost he estimated at 635,000.00 


Chairman Cabell explained the established policy of the Commission 
with respect to the construction of highway improvements within cities in q 
cases where the rizht of way costs exceed the construction costs, and ad- i 
vised that the Commission is reluctant to undertake such improvements with- , 
out financial assistance from the city concerned. He mentioned the recent 
offer of the Camission with resnect to the acquisition of right of way for 
the Front Street project in Portland, whereby the Commission agreed to pay 
for right of way an amount equal to 40 per cent of the cost of construction, 
the City of Portland to pay the balance. The matter was discussed at some 
length and the concluding remark from the Cormission was to the effect that 
it ..owld study the Ashland problem further and would inspect it on the ground 
some time this coming summer. 


The Engineer discussed briefly with the Commission a letter from 
former State [ighway Commissioner E. B. Aldrich, Pendleton, in which itr. 
Aldrich inquired as to the possibility of securing the reconstruction of the 
Pendleton-John Day Highway on permanent alignment from Tatuilla Bridge to the 
summit of the hill south of Pendleton. The Commission deferred its decision 
in this matter until the next meeting. 


A resolution was presented from Unity Grange No. 660, Baker County, 
requesting the oiling of the John Day Highway from its junction with the 
Baker-Unity Highway southeasterly a distance of about 12 miles, to the 
Baker~ilalheur County line. The Commission considered that the project of 
most importance on this highway is the reconstruction of the section between 
Prairie City and Unity. The Secretary was instructed to so inform the 


Grange. 


A letter was presented from ir. 1’. H. Vernon, County Commissioner 
of Lake County, urging the construction of the Cottonwood-Antelope Canyon 
Section of the Klamath Falls-Lakeview Highway during the 1941 season. In 
the discussion of this matter it was pointed out that the Commission has 
spent a considerable sum of money on the Ilamath Falls-Lakeview Hizhvay dur- 
ing the past two or three years and that considerable work is still under 
way. Also, that the Commission is making as rapid progress toward the com- 
pletion of this road as finances will permit. Considering the matter from 
all standpoints, the Commission decided that it could not comply with if. 
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Division {2 
Albany Airport throuzh Overcrossing 

to South Albany Connection § 27,500.00 
12th Street Junction-Salem-South Section 8,590.00 
Division (3 
Grants Pass-South 4, 500,00 
Cottage Grove Section 2,000.00 
Division 4 
Klamath Agency-liodoc Point 8,000.00 
Bend Undercrossing 2,500.00 
Division 75 
Pendleton—'.dams and I, Pendleton “ye 9,000, 00 

9 4, 500.00 


The Commission discussed the advisability of approving the traffic 
lights that the City of Burns has installed on the state highway route at 
certain intersections in Burns, but deferred final action thereon until the 
next regular meeting. The Engineer vas instructed to submit a supplemental 
report at that tine. 


The Commission also discussed, but deferred its decision on, the 
matter of permitting the United States Grazing Service to paint grill cattle- 
guards on the Central Oregon Highway as an experiment to ascertain whether or 
not grills of this type would prevent range cattle crossing the hizhvav. 


The Secretary presented a letter from the United States Division of 
Grazing requesting permission to construct stock fences along certain sections 
of state highways in Eastern Oregon. He explained that the Grazing Service 
plans to construct its fences at the extreme edze of the highway right of way 
so as to obviate the necessity of securing easements from private property 
owners, which would be required if the fences were constructed just off the 
highway richt of way. (See letter from li. H. Galt, District Grazier, Vale, 
Oregon, dated April 3, 1940.) The Engineer recommended approval of this re- 
quest, subject to the condition that the fences be constructed at the extreme 
edge of the right of way. The Commission approved the recommendation unani- 
mously and ordered that the matter be covered by appropriate written agreement. 


- Chairman Cabell presented a letter from the Southeast Portland Cham- 
ber of Commerce advising that the Board of County Commissioners of Multnomah 
County has relief funds available for a road project in the southeast dis- 
trict of Portland, and looks with favor upon the proposed extension of S. E. 
Foster Road to a proposed connection with the Liount Hood Highway. They asked 
the State lizhvway Commission to provide information and enzineering data so 
that the county can proceed with the grading work to state highway standards, 
wich work they contemplate financing with ‘:.P.i. funds. They also asked 
that the federal aid secondary highway funds heretofore allocated by the Com- 
mission for the improvement of the Sicyline Road be reallocated to the improve- 
ment of the Foster Road extension. The Commission decided that it ds now too 
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The maximum weights which shall apply to the following 
highway, to wit: 


WEST DL\MOND LAKE SECONDARY STATE HIGHWAY from its 
junction with the Crater Lake Highway, in Jackson Coun- 
ty, to its junction with the Crater Lake North Secondary 
State Highway, in Douslas County, 


shall be as follows: the combined weight in pounds bearing on the 
surface of the highway at contact with the tread of the wheels of 
the front axle of a truck or truck-tractor shall not exceed the 
product of four hundred (400) multiplied by the sum in inches of 
the tire width of the wheels of such axle; and, the combined weight 
in pounds bearing on the surface of the highway at contact with the 
tread of the wheels of any one axle of a vehicle or combination of 
vehicles, other than the front axle of a truck or truck-tractor, 
shall not exceed the product of three hundred (300) multiplied by 
the sum in inches of the tire width of the wheels of such axle; but, 
in no event shall the combined weight in pounds bearing on the sur- 
face of the highway at contact with the tread of the wheels of any 
one axie of a vehicle exceed the maximum limit set by law for any 
one axle, 


IT IS FURTIER ORDERED, that these rules and regulations, 
as made and found by the State Hichvay Commission under the pro- 
visions of Saction 55-2707, Oregon Code 1935 Supplement, shall be 
in full force and effect until modified, annulled or voided by the 
order of the State Hichway Commission. 


AND IT IS FURTHER ORDERED, that a notice be posted in a 
conspicuous manner and place at each end of the above-named highvay 
and at important crossroads on said highway so that said notice can 
be readily seen and read, which said notice shall state Plainly the 
linitations and prohibitions of traffic hereby in this order deter- 
mined and fixed. 


AND BE IT FURTIER ORDERED, that certified copies of this 
order be furnished the CountyClerks of Jackson and Douglas Coun- 
ties, in which counties said highvay is located, and that a certi- 
fied copy of this order be furnished to the Superintendent of the 
Department of State Police.for his information, 


The matter of lifting the reduced load limit heretofore in effect 
on the Lakeviev-Burns Highway was also discussed. The Engineer advised that 
this road has dried out sufficiently to permit legal-weight loads without 
damage. He recommended adoption of an order permitting loads weighing up to 
the legal limit. The Comaission approved the recommendation and by unani- 
mous vote adopted the following resolution in regard thereto: 
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Vernon's request. The Secretary was instructed to convey such information to 
ir. Vernon, pointing out to him clearly the reasons fer such action and fur- 
nishing him with a list of projects that have been contracted on this highway 
during the past three years. 


The Engineer reported that on iarch 2, 1940, in accordance with au~ 
thority previously granted him by the Commission, he awarded to Jacobsen- 
Jensen Company, Portland, the contract for construction of the Tigard grade 
separation and Fanno Creek Bridge on the Pacific Highway \.est, in Vashington 
County, such company hawing submitted the low bid in the amount of $66,292.50 
on February 16, 1940, and the conditions of the award having been satisfied. 
The ie eae by unanimous vote approved the award of this contract as re- 
ported. 


co ek a ea 


The Engineer requested instructions relative to the posting of the 
West Diamond Lake Secondary Highway for a 50 per cent reduced load limit be- 
tween its junction with the Crater Lake Highway and its junction with the Cra- 
ter Lake North Secondary Highway. He said that the frost is leaving the 
ground and the reduced load limit should be put into effect at this time in 
order to prevent the road being damaged by traffic. He recommended approval 
of the posting. The Commission approved the recommendation and by unanimous 
vote adopted the following resolution in regard thereto: 


I WHEREAS, the following road or highway has been designat- 
= ed and declared to be and is a state highway, and has been improved 
(a and is being maintained by the State Highvay Commission pursuant to 
i the laws of the State of Oregon as a state highway, to wit: 


WEST DIAMOND LAKE SECONDARY STATE HIGHWAY 


AND \.HEREAS, the said above-named state highway is, in 
the judgment of the State Highway Commission, being subjected to 
a kind and character of traffic which is damaging and injuring the 
said highway, and, in order to protect said highway against such 
damage and injury, it is deemed and is the judgment of the Highvay 
Commission and said Commission finds that it will be for the best 
interests of the said highway that the maximum weights permitted 
and authorized by law be reduced; 


NO.., THEREFORE, the premises being in part as above stat- 
ed, and the State Highway Commission having, as a result of due in- 
vestigation, found that the road above mentioned and hereinafter 
designated is being damaged and injured on account of the kind and 
character of traffic now being hauled over and upon said road; and, 
by reason of the fact that vehicles carrying maximum loads moved 
at the maximum speeds specified by the provisions of the laws of 
the State of Oregon are breaking up, @amaging and deteriorating the 
said road, 


IT IS IGREBY ORDERED, that the maximum weight of combined 
load and vehicle which shall be permitted upon the within-named road 
shall not exceed the weight herein fixed. 
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A letter was presented from Robert T. Clausen, Assistant Professor 
of Botany and President of the American Fern Society, Corhell University, re- 
questing permission to collect specimen plants along Oregon highways in con- 
nection with botanical studies which he proposes to undertake in Oregon dur- 
ing the coming summer. The Commission approved the request and instructed 
the Secretary to issue the customary permit covering such matter. 


The Commission discussed a letter from lir. C. L. Hoover, Cascade 
Locks, in which request was made for an extension of time of one month, from 
April 15 to May 15, 1940, within which to finish certain log hauling opera- 
tions along the Columbia River Highway between itile Posts 48.00 and 49.00, 
in Hood River County. The Secretary advised that the Commission previously 
authorized iir. Hoover to haul logs on this highway up to April 15, 1940, but 
it is apparent that the operations will not be completed by then and it will 
take about 30 days’ additional time. The Engineer recommended granting the 
request. The Commission approved the recommendation. 


A letter was presented from lir. A. Vi, Strowger in which the Com- 
mission was requested to take such action as may be necessary to stop the 
removal of rock and gravel from the ocean beach at a place known as Jack- 
son's Cut, Bayocean, in Tillamook County. The Engineer recalled that the 
Coumission has received numerous complaints about the promiscuous removal of 
gravel and rock from the ocean beaches and as a result the Commission consid- 
ers it advisable to adopt a permanent policy with respect thereto, but has 
deferred action on the matter pending inspection of the several locations. 
However, the date for such inspéction trip has not as yet been set. He sug- 
gested that it would be advisable to inspect the Bayocean site at the same 
time the others are inspected. The Commission approved the sugzestion and 
instructed the Enzineer to bear the matter in mind the next time the Commis— 
sion makes a trip dow the coast. It was tentatively decided to make such 
trip about the middle of lfay and to also inspect at that time the county 
road which extends up the Rogue River from Wedderburn, in Curry County. Lr. 
T. Li. Davis, Senior Mighway Engineer, Public Roads Administration, vas re- 
quested to accompany the Commission on such inspection trip. 


The Attorney brought up for discussion matters pertaining to the 
acquisition of the Jordan property, which is needed for right of way for the 
new Columbia River Highvey near its junction with the Sandy River, in Mult- 
nomah County. He stated that as heretofore instructed by the Commission he 
again contacted lir. Jordan and tendered the Commission's offer of %13,000.00 
for this property but Mr. Jordan refused the offer and reiterated his demand 
for $23,000.00, which is the value that he places on the 60 acres involved. 
The Attorney asked the Commission to set a maximum amount that it would pay 
for the property under discussion. He was instructed to inform itr. Jordan 
that the previous offer of $13,000.00 is all that the Comission will pay and 
if he will not accept such offer then the Commission will probably be forced 
to resort to condemnation proceedings. 


The State Parks Superintendent, lir. S. H. Boardman, was present and 
reported on the following park matters: 
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WHEREAS, on the 16th day of February, 1940, at a 
meeting of the Oregon State ‘lighvay Commission, all men- 
bers being present and participating, the Commission 
passed and adopted a resolution reducing the maximum load 
limit on several state hivhways, including the following: 


LAKEVILU-BURNS IIGH..AY from its junction with 
theCentral Oregon Highway, in Harney County, to 
its junction with the Fremont ‘lighway at Valley 
Falls, in Lalce County, 


and 


WHERIAS, subsequent to the passage of said resolu- 
tion, conditions have changed so that it is no lonzer necessary 
or desirable, and the Commission hereby finds that it is no 
longer nesessary or desirable to maintain the reduced load lim- 
4t set out in said resolution on the said above-named highway; 


NO., TIEROFORL, BE IT RESOLVED that the action of the 
State [ighway Commission reducin: the naximum permissible ‘load 
limit on the 


LAKEVIEW-DURUS MECIMAY from its junction vith the 
Central Oregon ‘iighway, in Harney County, to its junc- 
tion with the Fremont fighway at Valley Falls, in Lake 
County, 


be and the same hereby is rescinded and cancelled as of this date 
and the maximum load linit permissible on the said section of 
said hichway hereafter shall be the maximum load limit provided 
by law. 


IT IS HEREDY ORDERID that certified copies of this res- 
olution be furnished to the county clerks of Harney and Lake 
Counties, in which counties said hichvay is located, and that a 
certified copy of this resolution be furnished to the Superin- 
tendent of the Devartment of State Police for his information. 


The Secretary presented a letter frou the Orevon Packing Corpora- 
tion, requesting permission to transport over state hizhvays in the vicini-~ 
ty of Astoria certain pea viners, the overall dimensions of which are: 
width, 11 feet; height, 13 feet 5 inches; length, 48 feet. The Commission 
veted unanimously to grant this company 4 pernit similar to that granted the 
3. E. Maling Company of flillsboro for a like purpose, subject to the condi- 
tion that investigation reveal that there is sufficient vertical and hori- 
gontal clearance to allow such movements without endanzering traffic or in- 
juring highvay structures. The Secretary was authorized to issue the per~ 
mit if investigations to be made by the Engineer reveal that there is satis- 
factory clearance on all highvay structures involved. 


Right of Way Transaction No. 5638, being a cancellation of the 


D. W. Sturgis lease of the Hoskins building, in Cottage Grove. The 
Assistant Attorney advised that the Cottage Grove improvement is 
scheduled for contracting on May 2 and it is imperative that the 
Hoskins building be vacated by April 15. Also, that Mr. Sturgis is 
demanding the sum of $500 for the termination of his lease. He gave 
as his thought that $500 is a reasonable and fair amount to pay Mr. 
Sturgis and he recommended approval of the payment of such sum. The 
Commission approved the recommendation unanimously. 


Right of Way Transaction No. 3181, involving the moving of build- 
ings from the right of way of the Dairy Section of the Klamath Falls- 
Lakeview Highway. The Assistant Attorney advised that one of the con~ 
ditions of the purchase of this property was that the buildings would 
be removed at state expense, and in accordance with such provision the 
buildings were removed by a Mr. W. McDaniel at a cost of $225.00. 

He recommended approval of payment of such sum to Mr. McDaniel for 
services rendered. The Commission approved the recommendation. 


The Assistant Attorney reported the necessity to condemn certain 


properties that are needed for various highway improvements, as follows: 


Right of Way Transaction No. 7557 - property required from 
Zylph Horn for right of way for the Pilot Rock Section of the 
Fendleton-John Day Highway, in Umatilla County. He suggested an 
offer of $450 for this property in condemnation. 


Right of Way Transaction No, 5363, being for property required 
from the heirs of the Carl J. Hansen Estate for right of way for 
the Bandon Section of the Oregon Coast Highway, in Coos County. He 
suggested an offer of $120.25 for this property in condemnation. 


Right of Way Transaction No. 7813, being for property required 
from Molly Tomlin as a source of materials to be used for the in- 
provement of the Wrights Point-The Narrows Section of the Frenchglen 
Secondary Highway, in Harney County. It was his thought that an of- 
fer of a nominal amount would be satisfactory in this case. 


After discussion, the Commission authorized the Attorney to proceed with con- 
demnation of these properties, and approved the suggested offers for condem- 
nation purposes. The following resolution in regard thereto was adopted by 
the Commission by unanimous vote: 


WHEREAS, the State Highway Commission is by law authorized 
and directed to lay out, locate, relocate, designate, construct, re- 
construct, improve, and maintain a system of state highways in the 
State of Oregon, including both primary and secondary state high- 
ways, to acquire rights of way necessary therefor, and to declare 
the necessity and need for the acquisition thereof, and the advan- 


tages to be gained thereby; 


spp 9 1940 


Proposed addition to Umpqua Lighthouse State Park, in Douglas Coun- 
ty:~ The Parks Superintendent advised that there is available to the Commis- 
sion, by means of purchase or lease, 1,097.85 acres of government-owned land 
situate just south of Winchester Bay, in Sections 24, 25, 26 and 35, Township 
22 South, Range 13 West, W.M., which property, he said, adjoins the present 
state park at this location and has a 2-mile frontage on the ocean; further, 
that it can be purchased from the Government at the rate of $1.50 per acre, 
or a total of $1,646.78, or if the Commission prefers can be leased from the 
Government at an annual rental change of %62.34. He recommended purchase of 
the property. The Commission approved the recommendation unanimously. 


Acquisition of timber strips along the Salmon River Highway:- The 
Parks Superintendent advised that the time limit set by the Miami Corporation 
for the purchase of this timber by the state has expired. He requested in- 
structions whether to proceed with the purchase, which would involve a cruise 
of the timber, or to let the matter drop entirely. After discussion the Com- 
mission instructed the Parks Superintendent to ascertain whether or not it 
would be possible to secure from the Miami Corporation a 6-months' extension 
of time within which to purchase this timber, in view of the fact that Con- 
gress has not as yet acted upon the bill which provides federal funds to as- 
sist in the purchase of wayside timber tracts such as this. The Commission 
indicated that it would be satisfied with a 3-months' extension of time if it 
is impossible to secure one of longer duration. The parks Superintendent was 
further instructed not to make a cruise of the timber until authorized by the 
Commission. 


Acquisition of government-owned property at Tillamook Head, in Clat- 
sop County:- The Parks Superintendent requested authority to negotiate with 
the Federal Government for a lease of the following-described property: Lots 
2, 3, and 4 of Section 31, Township 6 North, Range 10 West, W.M., with or 
without oil and mineral rights. He was instructed by the Commission to ascer- 
tain how much the state would have to pay annually for a lease. 


Proposed national park in Curry County:- The Parks Superintendent 
reported receipt of a petition signed by the Curry County Court and numerous 
citizens of Curry County, urging the establishment of a national park in their 
county, as has heretofore been proposed by the National Parks Service. He 
suggested, in view of this petition, that it would be advisable to again con- 
tact the National Parks Service with respect to such park matter, particular- 
ly to ascertain whether or not government funds can be secured to help finance 
it. The Commission approved the suggestion. 


Wayside timber strips along the Pendleton-John Day Highway:- The 
Parks Superintendent brought up for discussion the proposed purchase of the 
John Day Highway wayside timber strips owned by the Pilot Rock Timber Com- 
pany, but action thereon was deferred by the Commission until the next meet- 


ing. 


The Commission by unanimous vote approved the following right of 
way settlements: 


of Oregon, and J. M. Devers, Assistant Attorney General and Attorney 
for the State Highway Commission, be and they are hereby requested, 
authorized, and directed to attempt to agree with the ower or owners 
and/or with the tenants or persons in possession, if there be any, of 
said parcel or parcels of land with respect to the compensation to 

be paid for the taking of the same and the damage, if there be any, 
and in the event that no satisfactory agreement or agreements can be 
reached, then it is hereby further resolved that the Attorney Gener- 
al of the State of Oregon and J. li. Devers, Assistant Attorney Gen- 
eral and Attorney for the State Highway Commission, be and they here- 
by are requested to commence and prosecute to a final determination 
such suit or action, or suits or actions, as may be necessary and ap- 
propriate to acquire title to the said premises and all rights there- 
in for the purposes herein stated. 


5. That this resolution be entered in full in the minutes 
and records of this Commission. 


WHEREAS, the State Highway Commission is by law authorized 
and directed to lay out, locate, designate, construct, improve, and 
maintain a system of state highways in the State of Oregon and to ac- 
quire by donation, purchase, agreement, condemnation, or by the power 
of eminent domain title to land upon or under which there is gravel, 
gravel beds or bars, sand, sand beds or bars, rock, boulders, quar-— 
ries or quarry sites, lime deposits, or other mineral deposits or for- 
mations suitable for road construction, improvement, betterment or 
pavement, and to declare the necessity and need for the acquisition 
thereof and the advantages to be gained thereby; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission as follows: 


1, That the State Highway Commission does hereby find and 
declare that it is necessary and will be of advantage to the State 
of Oregon and there is need that the State acquire for the purposes 
of road construction, improvement, betterment, repair, and mainten- 
ance, and for the purpose of the manufacture of road materials on 
the following section or sections of the state highway system of the 
State of Oregon, to wit: 


Wrights Point-The Narrows Section of the Frenchglen 
Highway 


real property owned by or in the possession of the following parties 
and/or persons, to wit: 


R 7813-Molly Tomlin-Harney County 
and this Commission does hereby declare further that the said property 
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NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission as follows: 


1. That the State Highway Commission does hereby find 
and declare that it is necessary, will be of advantage to the State 
of Oregon, and is needful that the State aequire for right of way 
purposes for use in connection with the permaner*. location, construc- 
tion, improvement, and maintenance of the following section or sec- 
tions of the state highway system of the State of Oregon, to wit: 


Bandon Section of the Oregon Coast Highway 
Pilot Rock Section of the Pendleton-John Day Highway 


real property owned by or in possession of the following parties 
and/or persons, to wit: 


Bandon Section of the Oregon Coast Highway 
R 5363-Heirs of Carl J. Hansen 

Pilot Rock Section of the Pendleton-John Day Highway 
R 7557-Zylph Horn 


and this Commission does hereby declare further that the said prop- 
erty or properties are necessary, are needful, and the acquisition 
thereof will be of advantage to the State of Oregon for right of way 
purposes in order to make it possible for the State Highway Commis- 
sior to properly locate, relocate, construct, reconstruct, and main- 
tain said portion or portions of the said state highway system in ac- 
cordance with standards adopted by this Commission relative to cu"va- 
ture, grades, alignment, drainage, and factors of safety. 


2. That the State Highway Engineer be and he hereby is 
instructed and directed to properl, survey the parcel or parcels of 
land required for such right of way purposes and prepare proper and 
adequate descriptions thereof, which descriptions shall be employed 
in the preparation of a deed or deeds or other instrument or instru- 
ments necessary to complete the acquisition of the said property or 
properties or which descriptions may be used in the preparation of 
a complaint in the event that condemnations proceedings are necessary. 


3. That the boundaries of the said parcel or parcels of 
land, as defined and determined by the said survey made by the said 
Highway Engineer, along the route or location adopted by the Highway 
Commission, shall be and the same hereby are adopted and the lands 
defined therein are hereby declared to be and the same are included 
within the rights of way of the said portion or portions of the said 
state highway system and hereby are declared to be necessary for the 
proper location, improvement, construction, and maintenance of the 
said portion or portions of the state highway system . 


4. That I, H. Van Winkle, Attorney General of the State 


a portion of the Albany-Buena Vista-Independence County Road, be- 
ginning at the junction of said road with the Albany-Corvallis 
State Highway, near the north end of the Willamette River bridge, 
at Albany, and extending northerly a distance of 4.368 miles to a 
place known as Fir Grove School, said work to be done as a federal 
aid secondary highway project. g 


Agreement with Benton County providing for the maintenance of 
the above-described section of the Albany-Buena Vista—Independence a 
County Road after construction of the same by the state as a feder- # 
al aid secondary highway project, being Project FAS 13. Pr 


Agreement with Gordon Stuart and Agnes Stuart, husband and WN 
wife, disposing of the controversy concerning an approach road to a 
the Pacific Highway West, in Yamhill County. 


Agreement with J. L. Wooden, et al, Clatskanie, Oregon, pro- 
viding for the lease of property in Clatskanie for state highway 
department maintenance headquarters purposes. 


Agreement with the Union Pacific Railroad Company providing 
for the lease of certain railroad property in the Albina District, 
Portland, for stock pile and storage purposes. 


Invoice calling for the payment by the Federal Government of 
$10.00 for a small parcel of real property sold to the Government 
in connection with a flowage easement, said property being a por- 
tion of the original J. B. Yeon State Park, Right of Way Transac- 
tion No. 1266. —. 


Deed executed by the Northern Pacific Railroad Company con- 
veying unto the state certain property at Scappoose, in accordance 
with settlement previously approved by the Commission on January 3, 
1940, Right of Way fransaction No. 7247. 


Bargain and Sale Deed conveying unto School District No. 44, 
Washington County, certain property situate in the Northwest Quar- 
ter of the Northeast Quarter of Section 15, Township 2 North, 
Range 4 West, W. M., Washington County, being Right of Way Trans- 
action No. 7039. 


Bargain and Sale Deed conveying unto Reuben W, Squire proper- 
ty situate in Lot 2, Block 8, Woodland Addition to Bandon, being 
Right of Way Transaction No. 5353. (approved by the Highway Com- 
mission on March 3, 1939.) 


Bargain and Sale Deed conveying unto the Oregon-Washing ton 
Railroad and Navigation Company, for the sum of $20.00, 0.8 acre 
of land situate in the Southwest Quarter of the Northeast Quarter 
of Section 4, Township 2 North, Range 9 East, W.M., Hood River 
County, being a portion of the Starvation Creek Falls State Park, 
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or properties contain gravel, gravel beds or bars, sand, sand beds 
or bars, rock, boulders, quarries or quarry sites, lime deposits, 
or other mineral deposits or formations suitable for road construse- 
tion, improvement, betterment, or pavement, and that the said prop- 
erty or properties is or are necessary and needful and the acquisi- 
tion thereof will be of advaatage to the State of Oregon for the 
said purposes in order to make it possible for the State Highway 
Commission to construct, improve, maintain, and repair the said por- 
tion or portions of the said state highway system in accordance with 
the standards adopted by this Commission. 


2. That the State Highway Engineer be and he hereby is 
instructed and directed to properly survey the parcel or parcels of 
land required for said purposes and to prepare proper and adequate 
descriptions thereof, which descriptions shall be employed in the 
preparation of a deed or deeds or other instrument or instruments 
necessary to complete the acquisition of the said property or prop- 
erties, or which said descriptions may be used in the preparation 
of a complaint in the event that condemnation proceedings are nec— 
essary. 

3. That the boundaries of the said parcel or parcels of 
land, as defined and determined by the said survey made by the said 
Highway Engineer, shall be and the same hereby are adopted and the 
lands defined therein are hereby declared to be and the same shall 
be lands necessary for the purposes stated herein. 


4. That I. H. Van Winkle, Attorney General of the State 
of Oregon, and J. M, Devers, Assistant Attorney General and Attorney 
for the State Highway Commission, be and they are hereby requested, 
authorized, and directed to attempt to agree with the owner or own— 
ers and/or with the tenants or persons in possession, if there be 
any, of said parcel or parcels of land with respect to the compensa~ 
tion to be paid for the taking of the same and the damage, if there 
be any, and in the event that no satisfactory agreement or agree- 
ments can be reached, then it is hereby further resolved that the 
Attorney General of the State of Oregon and J. M. Devers, Assistant 
Attorney General and Attorney for the State Highway Commission, be 
and they hereby are requested to commence and prosecute to a final 
determination such suit or action, or suits or actions, as may be 
necessary and appropriate to acquire title to the said premises and 
all rights therein for the purposes herein stated, 


. That this resolution be entered in full in the minutes 
and records of this Commission. 


The Commission considered and signed agreements, et cetera, as fol- 


lows: 


Agreement with Benton County providing for the construction of 
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Extensive. studies, he said, were made of the five prospective routes, and 
the conclusion was reached that the so-called Goshen route, which follows 
closely the present route of the Pacific Highway, is the cheapest and the 
most desirable under present conditions, although eventually it may be nec- 
essary to construct the alternate route which bypasses Eugene on the west. 
(See the Engineer's report dated March 19, 1940, for details.) 


Chairman Cabell advised that the State Highway Commission has not 
as yet adopted the Engineer's report, it being considered advisable to defer 
doing so until this public hearing was held to ascertain the viewpoints of 
the people of Eugene. He then invited those present to express their views, 
either for or against the plan, and suggested that those who are not in favor 
of it present their arguments first. 


Mr. Dave Evans, attorney, offered objections in behalf of a group 
of property owners and businessmen along High and Pearl Streets whose hold- 
ings are involved. He said that these people are not trying to interfere 
with the progress of the State Highway Department's program or the Commis- 
sion's plans for this project, except in one point and that is the provision 
for one-way traffic on Sixth and Seventh Streets. He gave as his thought 
that the traffic problem in Eugene is not serious enough as yet to require 
one-way traffic streets and that the adoption of such a plan now would simply 
mean that the burden of sacrifice would be placed upon comparatively few peo- 
ple. He alleged that 75 per cent of the population of Eugene reside south, 
east, and west of the business section and that 90 per cent of the business 
in Eugene is local business, which indicates that these people could not con- 
duct business at local institutions without crossing and recrossing the 
streets that are state highway routes. The people of Bugene, he said, are 
not particularly interested in the tourist business, which makes up only 4 
small percentage of the total business transacted. He also said that they 
have not made extensive surveys of traffic and other conditions, so they are 
not in a position to present first-hand arguments from that standpoint, ex- 
cept that they have secured experience reports from people in other localities 
who have had experience in the same problems. He particularly referred to the 
city of Portiand. He suggested, as an alternate for the adoption of one-way 
traffic streets, that signs be erected directing northbound traffic along 
High Street from Broadway to Sixth Street, thence along Sixth Street to a 
connection with the present Pacific Highway, and directing southbound traffic 
along Seventh Street to High Street, thence along High Street to Broadway. 
It was his thought that such routing could be accomplished effectively by the 
erection of appropriate signs and that such plan would take care of the situa- 
tion satisfactorily without prohibiting two-way traffic on any street. He 
urged the Commission to give conscientious consideration to the suggestion 
and reiterated that the Commission's plan in every other respect meets with 
the approval of his constituents. Mr. Evans filed with the Commission a pe- 
tition signed by 21 property owners and tenants of property on and affected 
by the proposed highway change, in which the Commission was requested to alter 
its plansso as to provide for two-way traffic on High Street and Pearl Street. 


Mr. Gordon Gullion gave as his thought that the moving of the 
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eo to the Columbia River Highway, Right of Way Transaction 
iO. 6106. 


There being no further business to come before the Commission at this 
time, the meeting was adjourned at 5:30 p. m. 
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Eugene, Oregon, May 1, 1940 


The State Highway Commission convened at 2:00 p. m. in the Circuit 
Court Room of the Lane County Courthouse to conduct a public hearing with re- 
spect to the rerouting of the Pacific Highway through and adjacent to the 
city of Eugene, in accordance with notice previously sent to the Eugene City 
Council. Present were: 


Henry F. Cabell, Chairman 

Huron W. Clough, Commissioner 

Herman Oliver, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


Also present were about 200 interested citizens. 


Chairman Catell opened the meeting by explaining its purpose and 
Engineer to explain the plan in detail and 

the engineering features The Engineer exhibited a map showing an 
outline of the proposed improvement, and arrangement of the highways affected, 
particularly the connections with the McKenzie and the Willamette Highways. 
He pointed out that the plan as contemplated provides for the establishment 
of one-way traffic on Sixth and Seventh Streets; the elimination of eleven 
railroad grade crossings on the present route between Eugene and Springfield 
by moving the railroad tracks to a location nearer the Willamette River; the 
establishment of a permanent connection with the McKenzie Highway at West 
Springfield; and a connection with the Willamette Highway at Goshen. 
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routing of highways notwithstanding that it adversely affects some people. 
The Commission dislikes very much, he said, to cause anyone damage but some- 
times it seems necessary and the best thing to do in the interests of the 
general public. The purppse of the public hearing, he said, is to secure ex- 
pressions from the people concerned. The arguments presented are given seri- 
ous thought by the Commission and the advantages and disadvantages studied. 
He reiterated that the Commission has not yet approved the Engineer's report = 
on the Eugene situation but expects to pass on the matter in the near future ae 
and at that time will give all the arguments presented at this hearing full 
consideration. 


There followed a general discussion of matters pertaining to the 
project under discussion. 


Mr, Oscar Todd, member of the Board of Education of Eugene, offered 
the Commission full cooperation in every way, although, he said, there is one 
problem involving one of the schools which he would like to have clarified. 
The school situation was explained in detail by Mr. J. F. Cramer, Superintend- 
ent of Schools. Mr. Cramer stated that the Washington grade school will be 
very adversely affected by the highway plan as proposed. This school, he said, 
is located at Seventh and High Streets and if the proposed plan is adopted it 
will simply mean that the school is surrounded by heavy-traffic streets and 
that school children will be subjected to a serious traffic hazard. There are 
more than 130 of these children, he added, and all but 16 of them will have to 
cross a g-lane highway four times daily. He also said that they are not op- 
posing the project as planned but the situation is serious and he favored 
closing the school if the plan is adopted. The Commission referred Mr. Cra- 
mer to the Traffic Engineer for a study of this problem. 


Mr. Burghardt inquired as to what provision has been made for a 
roadway into the Eugene cannery. He was informed by the Engineer that the 
cannery will have the same access that it now has; furthermore, that he would 
be very glad to discuss the matter with ifr. Burghardt at any time suitable to 
him. Mr. Merriam advised that he is a director in the Fruit Growers' Associa- 
tion which owns this cannery and that the Association offers no objection 
whatsoever to the Highway Commission's plans so far as the cannery is con- 
cerned, Others inquiring as to details in connection with the proposed plans 
were Pauline Walden, Clarence Hyde, and Floyd Manville. 


The meeting was concluded at 3:25 p. m., following which the Commis- 
sion conferred in an adjoining room with the members of Lane County Court rel- 
ative to the matter of reconstructing roads that are affected by the construc- 
tion of the Fern Ridge Dam west of Eugene, which the U. S. War Department is 
constructing as a flood control project. 


Following such conference the Commission and the County Court dis- 
cussed such matter with the following representatives of the U. S. Army: Ma- 
jor C. R. Moore, District Engineer, and Lieutenant 0. L. Hoffman. The fol- 
lowing plan with regard thereto was tentatively adopted: The Federal Govern- 
ment will pay the costs to grade and surface a section of the "Route F" High- 
way from its junction with what is known as the Fisher Road westerly to a 
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Southern Pacific railroad tracks nearer the river would interfere with Eu- 
gene's recreational center which is located in that vicinity. He suggested 
that investigations be made for the moving of the railroad to the north side 
of the river. He was informed that the cost for such an undertaking would be 
prohibitive. Also, that the recreational center has been taken into consid- 
eration in the formulation of the plans and it will not be interfered with. 
The Engineer advised, however, that he would give the matter further thought. 
This concluded the presentation of those opposed to the plan. 
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Mr. Ed Turnbull, Chairman of the Highway Committee of the Eugene 
Chamber of Commerce, spoke in favor of the project. He approved the plans in 
their entirety and asserted that, in his estimation, the engineers have per~ 
formed an exceedingly good job in preparing them. The Chamber of Commerce, 
he said, is willing to leave the entire matter in the hands of the State 
Highway Commission and its engineers. 


Fred Stickels, President of the Eugene Chamber of Commerce, read 
aloud and filed with the Commission a resolution adopted by the Board of Di- 
rectors, in which the Commission was requested to approve the program as out- 
lined by the Engineer and to commence construction in accordance therewith at 
the earliest possible time. 


Mr. Victor P. Morris also spoke in favor of the plan as presented, 
on behalf of Dr. Donald M. Erb, President of the University of Oregon, who, 
he said, regretted his inability to be present and speak for himself. 


Mayor Elisha Large stated that the City of Eugene has been looking 
forward to this improvement for years, and advised that the Eugene City Coun~ 
cil is unanimously in favor of the plan as recommended by the State Highway 
Engineer. Others speaking briefly in behalf of the projec: were the follow- 
ing: Ford Hand, Chairman of the Retail Merchants Division of the Chamber of 
Commerce; Judge G. 0. Potter, member of the Eugene Planning Commission, who 
advised that the plan as proposed meets with the unanimous approval of the 
City Planning Commission, which considers it to the best interests of the 
City of Eugene; George Mcilorran, retired businessman; Lyman McCredie, Cashier, 
First National Bank, who stated that his bank does not wish to harm any bus~ 
iness but believes that the plan as proposed will serve the City of Eugene in 
the best possible manner; W. B, Gard, Manager, United States National Bank, 
Eugene Branch; Dr. Orville Waller, tax payer, who alleged that the plan as 
proposed serves the need of traffic in Eugene better than any other that could 
be devised; Howard Merriam, President of the Oregon Pacific Highway Associa- 
tion, who approved the plans in general as an improvement to the Pacific High- 
way route; Frank Highland; Wm. Tugnan, Managing Editor, Eugene Register-Guard 
Publishing Company, who stated that he approves the plans because they are so 
flexible and subject to change without much difficulty whenever necessary. 

He particularly approved the plan for the reconstruction of the unit between 
Eugene and Springfield Bridge. 


Chairman Cabell concluded the conference by stating that the Com- 
mission on a number of occasions has found it necessary to vote to change the 
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Josephine County, over which section several people desire to transport extra- 
long logs. Application of the formula to determine the overall length of 
loads that can be transported over any section of highway without crossing 

the center line, he said, indicates that, with proper precautions, loads up 
to 70 feet overall length can be safely transported over this section. In 
view of the report, the Commission authorized the granting of permits for the 
transportation of extra-long logs on this particular section of highway, at 
least until the matter of the Commission's authority to grant such permits 

has been determined. 


The Engineer discussed with the Commission the matter of including 
in state highway specifications the type of pavement known as Amiesite, as 
has been requested by certain parties who are interested in this type of 
pavement. However, no decision was reached. 


The Engineer reported the cost to reconstruct the John Day Highway 
through the town of John Day, particularly from the U. S, Forestry headquar— 
ters on the west to the new highway improvement on the east. He estimated 
the cost of such improvement, including the necessary grading, construction 
of bituminous macadam, curbs, gutters, drainage, and a bridge, at $22,600.00. 
He recommended approval of the project so that bids can be taken for the same 
while there is a state contractor working in that vicinity; also, that the 
Commission authorize the securing of right of way options at once. After 
discussion the Commission approved the recommendation unanimously, the work 
to be financed with fiscal-year 1940 funds, if possible; otherwise, with 1941 
fiscal-year moneys. 


The Commission discussed briefly the Engineer's report on the sec- 
ondary highway system in Curry County, but deferred action thereon pending an 
additional report from the Engineer on the economic value of the several coun- 
ty roads in this county that are eligible for designation as secondary state 


highways. 


The Engineer reported the cost to reconstruct the Salmon River High- 
way (old Mc.iinnville-Tillamook Highway) through the town of Sheridan. He es- 
timated that to widen the present highway between Bridge Street and the west 
city limits would cost approximately $49,000.00, the work to provide for a 30- 
foot roadway with an 8-foot parking strip and a 7-foot sidewalk on each side. 
He pointed out that the City of Sheridan has offered to provide extra right 
of way as may be needed and to construct one of the larger fills at city ex- 
pense, The Commission decided that this project is too costly to undertake 
this year and doubted that it would be possible to include it in any construc- 
tion program before 1942. In this connection the Engineer pointed out the 
need to reconstruct a section of this highway in the vicinity of Bellevue, 
which section is being damaged by reason of heavy log-hauling traffic. He es- 
timated the cost of the work at $100,000.00, and suggested, in view of the 
fact that there are no unallocated funds available with which to finance it, 
that immediate repairs be made by the state patching crew, which would serve 
the purpose for the time being, and that provision be made for contracting 
the entire improvement in next year's construction program. The Commission 
approved the suggestion unanimously. 
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point about one mile east of the Territorial Secondary Highway, and do what 
may oe necessary to provide a road comparable to the existing county road 
known as the Elmira Road, Inasmuch as such type of improvement will not meet 
the state highway standards, the state is to pay the cost of such widening 
and other work as may be necessary to provide an improvement that will meet 
the state highway standards. The entire project is to be done by contract, 
and the respective shares of the state, county, and the government are to be 
determined on the basis of the unit bids received. 


The Engineer was instructed to work out the details with Lieutenant 
. Hoffman and P. M. Morse, County Engineer of Lane County, and to present to 
the Commission an estimate of quantities and costs involved, following which 
another conference is to be held and final decision reached. 


The conference was concluded at 4:20 p. m., after which the Commis-— 
sion returned to Salem, disposing of the following routine matters enroute: 


The Commission by unanimous vote approved the minutes of the meet— 
ings held on January 25, February 45 and 16, and February 27 and 28, 1940. 


The Commission discussed the adoption of a policy with respect to 
the granting of permits for the transportation over state highways of logs 
involving overall in excess of the length-limit specified by stat- 
ute. The Attorney advised that he has consulted with Judge L. T. Harris of 
Eugene, attorney for the Booth-Kelly Lumber Company, in regard to this mat- 
ter, and ascertained that Judge Harris contemplates a friendly action in 
court to determine the authority of the State Highway Gommission to grant 
such permits. He was authorized by the Commission to defend the action. 


The Commission decided unanimously, in view of the contemplated 
procedure and pending the outcome of the same, to continue the granting of 
permits for the transportation of extra-long logs as in the past, and so or- 
dered. 


The matter of the insurance to be provided by permittees in connec- 
tion with the securing of permits for overlength movements was also discussed. 
It was the thought of the Commission that operators should not be required 
to go to the expense of furnishing extra insurance for the protection of the 
members of the Commission in the event that is not absolutely necessary. The 
Attorney pointed out that the Public Utilities Commissioner is required by 
law to secure insurance from operators and at present is requiring such in- 
surance in the amounts of $5,000/$10,000 public liability and $1,000 property 
damage, although the law does not state the exact amount that shall be re- 
quired. He suggested, in the event that the Commission desires more protec- 
tion than is offered by such insurance coverage, that it might be possible to 
get the Public Utilities Commissioner to raise his requirements in that re- 
spect. He was instructed by the Commission to contact the Public Utilities 
Commissioner relative thereto. 


The Engineer reported that a survey has been made to determine the 
width of pavement on the Hayes Hill Section of the Redwood Highway, in 
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is found to be conflict between a bid price as stated in words 
and the same price as stated in numerals, the unit price which 
will govern in the comparison of bids shall be the unit price 
which checks with the extension as shown. If neither of the 
wnit prices checks with the extension shown, or if no exten- 
sion is shown, then the unit price which is stated in written 
words shall control." 


The Commission approved the recommendation by unanimous vote and ordered that 
the statement hereafter be inserted in all proposal forms. 


The Engineer reported the need to widen the bridge over Pilot Butte 
Canal on The Dalles-—California Highway at the north city limits of Bend. He 
advised that the U. S, Reclamation Service expects to build a structure soon 
across The Dalles-California Highway nearby and the plans for the same call 
for a structure the full width of the roadway, which is 42 feet. The exist- 
ing bridge over the canal, he said, has a roadway only 20 feet wide. He sug- 
gested that it would be advisable to widen the highway bridge at this time, 
particularly in view of the fact that the road carries a large volume of pedes- 
trian traffic as well as vehicular traffic. He estimated the cost of the work 
at $4,000.00. The Commission approved the project by unanimous vote. 


The Secretary presented a petition from residents of Baker and Union 
Counties, requesting the improvement of the Shadilane Section of the Anthony 
Lake Road for the benefit of winter sports enthusiasts. The Engineer estimat- 
ed that it would cost about $10,000.00 to resurface this section, which he 
said is 5.4 miles in length. He gave as his thought that the expenditure is 
not justified, inasmuch as the farmers in the vicinity are satisfied with the 
present road and there are many other projects throughout the state of more 
importance, The Commission thereupon denied the request. 


The Commission also discussed the matter of oiling the Flagstaff- 
Lower Powder Section of the Baker-Homestead Highway, for which the sum of 
$10,000.00 has been budgeted. The Commission decided, in view of the objec- 
tions that have been offered to a temporary improvement by the people of Baker 
and vicinity, not to undertake such temporary improvement at this time but to 
hold the funds in abeyance until another project materializes. The Commission 
also decided to give serious consideration to awarding a contract on permanent 
line east of Flagsteff in the 1941 program, the intention being to award a 
contract this fall for such work if funds are then in sight with which to fi- 
nance it. Arrangements were thereupon made for Commissioner Oliver to contact 
the people of Baker and advise them of the Commission's plans and to contact 
also the people residing in the vicinity of Keating who heretofore offered ob- 
jections to the reconstruction of the highway on the proposed permanent align- 
ment, 


The Commission discussed a letter from former State Highway Commis- 
sioner E. B. Aldrich, in which he suggests that it would be desirable to in- 
clude in the 1941 construction program provision for the reconstruction of the 
Pendleton-John Day Highway from Tutuilla Bridge up the hill south of Pendleton 
in view of the fact that the entire road between Pendleton and Pilot Rock must 
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The results of investigations relative to the removal of certain 
logging facilities from the right of way of the Elsie-Jewell County Road, 
which the Clatsop County Court desires designated a state secondary highway, 
were reported by the Engineer. He said that this investigation included in- 
spection of both connections of this road with the violf Creek Highway to de- 
termine which branch is more desirable from the state's standpoint as a sec- 
ondary highway route. He recommended the easterly branch as the better con- 
nection, if and when this road is placed on the secondary highway systen. 
Action on this matter was deferred by the Commission pending receipt of the 
Engineer's report on the proposed alternate route between the Wolf Creek 
Highway, near Elsie, and the Nehalem Secondary Highway at a place known as 
Fish Hawk Falls. 


The Commission by unanimous vote confirned the authority granted 
the Engineer by telephone subsequent to the last meeting of the Commission, 
for an expenditure of approximately $3,000.00 for the purchase of additional 
crushed material for emergency surfacing on the Elsie-Jewell Road, such ma- 
terial to be purchased from the state's contractor, A. S. Wallace, who is now 
operating in this vicinity under a state highway contract. 


The question of whether or not to continue snow-removal operations 
on the Oregon Caves Highway had the attention of the Commission. The Engi- 
meer advised that the average annual cost o! maintaining travel on this road 
from the floor of the valley up to the caves resort amount: to about $1, 200.00. 
He gave as his understanding that the National Parks Service, which has charge 
of the Oregon Caves, no longer requires its operators at the Caves Hotel to 
keep the resort open during the winter months, which raises the question in 
his mind whether snow-renoval operations between the floor of the valley and 
the caves proper is justified. ‘The Commission decided that if the Caves Ho- 
tel is closed to the public during the winter season it would be a useless ex- 
penditure of funds to keep the road open. The Secretary was instructed to 
convey such information to the Superintendent of the Caves Park. 


The Commission had under discussion the adoption of a policy with 
respect to errors that are committed by contractors in connection with con- 
tract work, particularly the errors in stating their unit-bid prices. The En- 
gineer explained that in the past it has been the practice of the Commission, 
in cases where there is a difference between the written amount and the fig- 
ure, to accept the written amount, regardless of other indications of the bid- 
der's intent, which in some cases reacts to the advantage of the state and in 
other cases to the advantage of the contractor. He suggested that it would 
be advisable to adopt a standard policy in this regard and that there be in- 
serted in the proposal form immediately preceding the pages for the insertion 
of the unit bid amounts the following statement, which was prepared by the At- 
torney to cover the situation: 3 


"IMPORTANT. In each instance the unit bid price 
must be expressed both in writing and in numerals, and the 
bidder is cautioned to exercise care in filling in the amount 
so that the written words and the numerals will be in exact 
conformance. If in the proposal submitted by the bidder there 


urging, in behalf of the people risiding in his vicinity, the oiling of the 
Nehalem Secondary Highway between Mist and Birkenfeld so as to eliminate the 
dusty condition that obtains during the dry season. The Engineer advised 
that this section is approximately 3.3 miles in length and that the improve- 
ment was not included in the contract recently awarded for surfacing and oil- 
ing the adjacent section because there were not sufficient funds available to 
finance it. He estimated the cost of the project at $76,000.00. The request 
was denied by the Commission because of insufficient funds to finance the 
work. However, the Commission decided to bear the project in rind for con- 
sideration in the formulation of next year's construction program. 


The matter of approving the traffic signal installed by the City of 
Burns en the John Day-Burns Highway, in Burns, had the attention of the Com- 
mission. Action on the matter was deferred pending supplemental report from 
the Engineer. 


The Engineer reported briefly on investigations that have been made 
of traffic accidents that have occurred on state highway routes in Salem to 
ascertain the need for traffic signals. He said that the investigation re- 
veals that signals are particularly needed at four points, viz., intersection 
of State and 12th Strests; intersection of North Capitol and Center Streets; 
intersection of North Cemmercial andCenter Streets; and intersection of 
South Commercial and Ferry Streets. He estimated the total cost of the four 
installations at approximately $7,600.00. He advised that he has conveyed 
this information to the city council and informed the council that the state 
would pay half the cost of the installations, and has received reply from the 
city to the effect that it is not in a position financially at the present 
time to pay its share of the cost but will give the matter consideration in 
the preparation of next year's budget. 


A letter was presented from the City of Cottage Grove in regard to 
the installation of an ornamental lighting system along the new highway in 
Cottage Grove from Main Street south to Madison Avenue. It appears that the 
property owners along this highway are interested in securing such ornamental 
lighting and the city council is desirous of knowing whether or not the State 
Highway Commission will assume a portion of the expense or will make provision 
for such lighting installation in the present highway contract by installing 
conduits at street intersections for use in the future in the event the light- 
ing project is not approved at this time. The Commission voted unanimously 
not to install the traffic lights now, but instructed the Engineer to see that 
suitable conduits are placed to facilitate the installation at some future 
date. 


The Secretary presented a letter frem the Harrisburg Chamber of Com- 
merce renewing its request for a flashing beacon at the Smith Street intersec- 
tion with the Pacific Highway in Harrisburg. In the discussion of this matter 
it was pointed out that the Commission previously denied a similar request be- 
cause it considered that the conditions obtaining at this point did not meet 
the requirements of the Commission for traffic signal installations. The En- 
gineer advised that the conditions at this intersection have not changed 
since the Commission took its former action. He explained that the situation 
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be resurfaced and this hill section should be reconstructed on permanent 

t before the surfacing work is done. The Engineer advised that this 
is a desirable project and that it would cost approximately $35,000.00. How- 
ever, in his estimation, the most important thing to be done on this road is 
to stabilise the foundation so that the road will hold up under heavy logging 
teaffic that now uses it. He pointed out that there are no funds available 
at the present time to finance the improvement. After discussion the Commis- 
sion decided to inspect the road the next time it is in the vicinity of Pen- 
dleton and to give the project consideration in the formulation of next year's 


construction program. 


A letter was presented from County Judge David F, Graham, of Malheur 
County, suggesting that, if the Highway Commission cannot approve the substi- 
tution of the Sucker Creek County Road for Graham Boulevard in the secondary 
highway system of Malheur County, the Commission improve Graham Boulevard, 
which road, he said, is in very poor condition. The Commission decided to 
inspect the road the next time it is in that vicinity and to consider it when 
preparing a program for the 1941 federal secondary funds. 


A petition was presented, signed by 200 citizens of Morrow and Gil- 
liam Counties, urging that the uncompleted portion of the Condon-Heppner Sec- 
ondary Highway be improved as soon as it is within the power of the State 
Highway Commission to do So. The Engineer advised that the uncompleted por- 
tion is 9.8 miles in length. He estimated the cost to grade, rock, and con- 
struct an oil mat surface thereon at approximately $181,000.00. He suggested, 
in view of the fact that this is a desirable improvement, that the Commission 
allocate a certain amount of money each year until the project is finished. 
Action on the matter was deferred by the Commission. 


A request from the Hillsboro Chamber of Commerce for the oiling of 
the Hillsboro-Woodburn Secondary Highway from the end of the completed section 
at Scholls to the foot of the mountain north of Newberg had the attention of 
the Commission. The Commission denied the request for immediate construction 
but ordered that the project be kept in mind in the future allocation of 


funds. 


The Secretary presented communications trom the County Court of 
Josephine County; Howard Barrett, school bus driver, Grants Pass; M, B. Wins- 
low, Superintendent, Grants Pass,Public Schools; and C. H. Massie, Postmaster 
at Grants Pass; and a petition signed by numerous residents of Josephine Coun- 
ty, all of which urged the Highway Commission to improve the Rogue River Loop 
Secondary State Highway from the end of the completed section, at a place 
known as Gunnell Junction, to Robertson Bridge, a distance of approximately 
5 miles. There was also presented another petition signed by 61 property own- 
ers who agreed to furnish the state, without cost, additional land that may be 
needed to provide a right of way 60 feet wide for this road. The Commission 
indicated that it might approve a small project on this road but definite action 
in regard thereto was deferred pending discussion with the County Court the next 
time the Commission is in that vicinity. 


The Secretary presented a letter from Norman Hanson, Mist, Oregon. 


investigations for another site, finding one at another location which met 
with the approval of the government engineers, same being located on certain 
lands owned by R. M. Chandler, and that Mr. Hall was required to pay Mr. 
Chandler the sum of $650.00 for the right to enter upon these lands and to 
crush and remove rock for his contract. Mr. Hall, he said, is asking th: 
state to reimburse him for such expenditure. 


The question now arises, he said, whether or not to purchase the 
site from Mr. Chandler, for which he wants at least $1,000.00, thereby secur- 
ing the advantage of all of the waste materials deposited thereon by Mr. Hall, 
or simply to reimburse Mr. Hall in the amount of $650.00, destroying entirely 
the value of the said wasted materials. 


The Engineer gave as his thought that it would be to the best inter- 
ests of the state to reimburse Mr. Hall for his expense, thereby saving an im- 
mediate expenditure of at least $350.00, because the materials in the quarry 
are about exhausted. The Commission approved the recommendation unanimously. 


The Commission discussed briefly the regulations adopted at its 
meeting on May 12, 1938, relating to the maintenance of advertising signs on 
state highways adjacent to unincorporated towns and villages, but deferred ac- 
tion thereon until the next meeting.. 


4 

The Engineer reported that, in accordance with authority previously 
granted him, he awarded to contractor Frank Penepacker, on April 11, 1940, the 
contract for grading and fencing the Lamonta-Crook County Line Section of the 
Warm Springs Secondary Highway, in Jefferson County, Mr. Penepacker's bid be- 
ing the low one received by the Commission for this project on March 21, 1940, 
and the conditions of the award having been satisfied. The Commission ap- 
proved the award of this contract as reported. 


The matter of permitting W. S. Pratt and 0. D. Baldwin, Milwaukie. 
to transport long poles over the entire length of the Alsea Highway ane. over 
the Corvallis-Toledo Section of the Corvallis-Newport Highway had the atten- 
tion of the Commission. The Engineer explained that Messrs. Pratt and Bald- 
win are engaged in furnishing poles for an R. E. A. power project in Lincoln 
County and in connection therewith are required to deliver poles up to 55 feet 
in length, making an overall length of approximately 65 feet, which cannot be 
moved over certain sections of these highways without taking up more than one- 
half the width of the roadway. The poles, he said, are for the use of the 
Benton~Lincoln Electric Cooperative Association which now has franchise from 
the State Highway Department to construct and maintain power pole lines on 
the rights of way of these highways, and, as he understands it, poles 55 feet 
long are required in connection with the proper building of the line. He sug- 
gested, in view of the circumstances, that the request of Messrs. Pratt and 
Baldwin to transport poles of such length over these highways for this partic- 
ular purpose be approved, it being apparent that an emergency exists, The 
Commission approved the recommendation unanimously, subject to the condition 
that the loads be properly flagged for the protection of other traffic and 
that the privilege terminate immediately upon the completion of the hauling 
of poles for this particular project. 
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here is no different from that at hundreds of other intersections in small 
communities and gave as his thought that traffic lights at such locations 
would not reduce the number of accidents that occur; but, on the other hand, 
would have a tendency to increase the hazards because, if the signals became 
too common, motorists will disregard them even in locations where they are a 
necessity. He suggested that traffic signals should be Limited to hazardous 
intersections outside of comunity centers. The Commission concurred in the 
Engineer's viewpoint of the matter and thereupon confirmed its previous ac- 
tion denying the request of the Harrisburg Chamber of Commerce in this partic- 
ular instance. 


The Commission considered and referred to the Engineer for investi- 
gation and report the request from the City of Vale for approval of an over- 
head flashing beacon installation at the intersection of Main and "A" Streets 


in Vale. 


The Commission denied the petition from residents of Newberg and vi- 
cinity for the installation of a flashing beacon at the intersection of 
Springbrook Road with the Pacific Highway West about one mile east of Newberg, 
it appearing from the Engineer's report that conditions prevailing at this 


point do not justify the expense. 


quires additional serious study. He recommended, in view thereef, that an ex- 
tension of time of 6 months be granted the company to clear the right of way, 
or until September 29, 1940. The Commission approved the recommendation unan- 


imously. 


The Commission considered the matter of the use of the ocean beach 
at Seaside as an airplane landing field. In this connection the Secretary re- 
ported that as previously instructed by the Canmission he directed several 
communications to the Mayor of Seaside inquiring as to what interest, if any, 
the city has in the use of the beach for this purpose, but to date has not re- 
ceived a reply. The Commission instructed the Engineer to have Division En- 
gineer Eason contact the mayor in person. 


The Engineer requested instructions relative to a pending controver- 
sy with contracfor E. C, Hall, relative to a quarry or gravel pit used by the 
E. C. Hall Company in connection with a forest highway contract in Lake Coun- 
ty, which work is being carried on under the supervision of the U. S. Public 
Roads Administration. It appears that the contract provided for the use of a 
quarry located near the northern end of the project, which would have result- 
ed in an average haul of approximately 4.3 miles and a considerable waste of 
materials because the rock is soft and there would be a large percentage of 
fine material which could net be used. Further, that Mr. Hall carried on 
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highway contingent fund, which has been set up to take care of emergency 
items, proves sufficient to pay the cost. In other words, the state will not 
be called upon to pay the extra $25,000.00 unless absolutely necessary. He 


recommended approval of the arrangement. The Commission approved the recom 
mentation unanimously. 


The Engineer reported that the Prairie City-Unity Section of the 
John Day Highway is now sufficiently dry and stabilized to withstand legal- 
weight loaris and he recommended that the reduced load limit heretofore in ef- 
fect be lifted. The Commission approved the recommendation and by unanimous 
vote adopted the following resolution in regard thereto: 


WHEREAS, on the 16th day of February, 1940, at a meeting 
of the Oregon State Highway Commission, all members being present 
and participating, the Commission passed and adopted a resolution 
reducing the maximum load limit on several state highways, includ- 
ing the following: 


JOHN DAY HIGHWAY from Prairie City, in Grant County, 
to Unity, in Baker County, 


and 


WHEREAS, subsequent to the passage of said resolution, 
conditions have changed so that it is no longer necessary or de- 
sirable, and the Commission hereby finds that it is no longer 
necessary or desirable to maintain the reduced load limit set out 
in said resolution on the said above-named highway; 


NOW, THEREFORE, BE IT RESOLVED that the action of the 
State Highway Commission reducing the maximum permissible load 
limit on the 


JOHN DAY HIGHWAY from Prairie City, in Grant County, 
to Unity, in Baker County, 


be and the same hereby is rescinded and cancelled as of this date, 
and the maximum load limit permissible on the said section of said 
highway hereafter shall be the maximum load limit provided by law. 


IT IS HEREBY ORDERED that certified copies of this reso- 
lution be furnished to the County Clerks of Grant and Baker Coun- 
ties in which counties said section of said highway is located, 
and that a certified copy of this resolution be furnished to the 
Superintendent of the Department of State Police for his informa- 
tion. 


The matter of permitting logging operations across the Hood River 
Bridge on the Columbia River Highway, at Hood River, was brought up for 
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The matter of permitting boathouses to be moored to the bank of the Wil- 
lamette River along the north unit of the Oregon City project was discussed by the 
Commission, The Engineer pointed out that the state owns all of the land between 
the highway and the river at this point, having purchased the same as right of way 
at considerable cost, and that last year the Commission permitted the boathouses 
to stay in this location during the 1939 fishing season with the understanding 
that they would be moved when the fishing season closed. However, the boathouses 
are still there and the question now arises what to do with them. Action on this 
matter was deferred by the Commission pending personal inspection of the premises, 


The Commission by unanimous vote approved the action taken by Chairman 
Cabell subsequent to the last meeting, relative to contributing funds toward main- 
taining an Oregon exhibit at the San Francisco Fair, which arrangement was as fol- 
lows: State Highway funds up to a maximum of $8,000.00 would be contributed 
toward this expense. The State Highway Department will pay 100 per cent of the cost 
of maintaining a strictly highway-promotional exhibit but will not pay any of the 
expefise of maintaining promotional exhibits of the non-highway type. The State 
Highway Department will pay a reasonable proportion of the cost of overhead items, 
which it is estimated will not amount to more than 50 per cent of all such items, 
The State Highway Department's expense items for which state highway funds will be 
expended shell be agreed upon in advance and payment of the same shall be made in 
a legal manner. The State Highway Department's participation in this undertaking 
is contingent upon the following: that a Fair Committee be appointed, including 
Mr. T. H, Banfield, Portland, who is to be chairman. 


Chairman Cabell advised that he agreed to this arrangement in order to 
make it possible for Oregon to have an exhibit at this fair, notwithstanding that 
it was his personal opinion, which he expressed at the time that the arrangement 
was made, that there was great danger that the exhibit would be unsatisfactory. 


The matter of increasing the state's contribution to several forest 
highway projects included in the fiscal year 1941 forest highway program, was dis- 
cussed. The Engineer advised that when the program referred to was arranged, ac- 
curate information concerning several of the projects included therein was not 
available but has since been assembled and it appears that additional funds may be 
required to complete the work outlined and that the state will have to advance ap- 
proximately $25,000.00 to take care of these items in the event the forest highway 
contingent fund is insufficient to meet the expense. He particularly referred to 
the Wapinitia Highway project which was originally estimated to cost $80,000.00, 
of which amount the Commission agreed to contribute the sum of $50, 000,00 of state 
money. It appears now, he said, that the federal cooperation on this project will 
have to be increased to $65,000.00, $20,000.00 of which will be transferred from 
the Warm Springs forest highway clearing project and $5,000.00 from the state con- 
tingent fund. A similar condition obtains, he said, on the Pendleton—John Day 
Highway forest highway project, to which an amount of $50,000.00 of forest high- 
way funds has been allocated and which it now appears will be about $10,000.00 
under the actual amount needed to do the necessary work. He explained that ac- 
cording to these estimates the total cost of the work will amount to approximately 
$25,000.00 more than the amount of forest highway funds availabke; so, in order to 
insure the accomplishment of the work, the state may have to pay this expense, al- 
though the state will not be called upon to contribute such amount if the forest 
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The Secretary also presented a letter from Mr. W. L. Grissey, Presi- 
dent of the Brookings Chamber of Commerce, Brookings, Oregon, inviting the 
members of the Commission to attend the Second Annual Azalea Festival, which 
is to be held in Brookings on May 11 and 12, It was decided that Mr. Clough 
should represent the Commission at this function. 


The meeting was declared adjourned at 6:30 p. m. 
apo 
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Portland, Oregon, May 2, 1940 


The State Highway Commission met in regular session at 9:00 a. m. 
in the auditorium of the Public Service Building. Present were: 


Henry F. Cabell, Chairman 
Huron W, Clough, Commissioner 

Herman Oliver, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


Bids as follows for highway construction projects were opened and 
read in conformance with previously-published notice, following which Chair~ 
man Cabell announced that the award of contracts would be made at 4:00 p. m. 
in the same room: 


OREGON COAST HIGHWAY 
ASTORIA (TAYLOR AVENUE-ASTOR STREET) SECTION — GRADING AND PAVING 


Jacobsen—Jensen Company 


Edlefsen-Weygandt Company 45,281.00 
McNutt Bros. 45,989.50 
The United Contracting Company 52,795.60 


CENTRAL OREGON HIGHWAY 
BROTHERS-HARNEY COUNTY LINE SECTION — OILING 


Norris Bros. 
Warren Northwest, Inc. 31, 409.50 


(Continued on next page) 
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discussion by the Engineer. He advised that recently the Commission approved 
the hauling of logs over this structure from the Mount Hood Highway junction 
through the town of Hood River. However, it now appears that legal-length 
loads cannot negotiate the curves at each end of the bridge structure without 
taking up more than half of the roadway, which creates a hasard to other traf- 
fic. He also said that this feature has been brought to the attention of the 
log haulers and that they have been ordered to maintain a flagnan at each end 
of the bridge to warn traffic of the logging operations. The Commission ap- 
proved the action teken by the Engineer in this matter as a trial proposition 
and ordered that the operators be informed that it may be necessary to cancel 
their permits in the event the arrangement does not prove satisfactory. 


The Commission considered the suggestion made by L. E. Bates, 
Office Engineer, Washington State Highway Department, Vancouver, relative to 
the control of over-dimension and/or overweight loads that are transported 
across the Interstate Bridge between Portland and Vancouver but took no ac- 
tion on the same, it being considered that the suggestion does not offer a 
practicable solution of this problem. 


The Comnission considered and ordered filed a letter from Mr. G. H. 
Struthers, Portland, commending the State Highway Department for the excellent 
condition in which the state highways have been maintained during the past 
winter. 


The Secretary presented letters from ir. A. 4. Strowger and County 
Judge A. H. Boice, of Curry County, requesting a resurvey of the county road 
which extends up the Rogue River from Wedderburn, which road has heretofore 
been considered for improvement as a federal aid secondary highway. In this 
connection the Engineer pointed out that the Commission at its March meeting 
told a delegation from Curry County that it would inspect this road some time 
this sumer. The Commission declered its intention to make this inspection 
trip as soon as a convenient time can be arranged but deferred the setting of 
a date for the same until later. 


Communications were also presented from A. WJ, Strowger and Swan 
Hawkinson, Tillamook, protesting the removal of rock and gravel from the ocean 
beach at a place known as Jackson's Cut, near Bayocean. It was recalled that 
the Commission previously has received similar complaints in regard to the 
taking of rock and gravel from other beach areas and that the Commission has 
it in mind to adopt a policy relative thereto. After discussion the Commis- 
sion decided to defer action on the matter pending perscial inspection of the 
various sites, and to make such inspection at the same time that it inspects 
the road at Wedderburn. 


A letter was presented from Mr. A. J. Price, President of the Old 
Wasco County Pioneers Association, inviting the Commission to be present at 
the Annual Meeting of the Association, which is to be held at The Dalles, Ore- 
gon, en Saturday, May 4, and during which meeting the Association expects to 
dedicate a monument adjacent to the Colum bia River Highway, near Biggs, Ore- 
gon, to mark the old Emigrant Road, ‘The Commissioners expressed their regrets 
that they would be unable to attend this meeting but delegated Assistant State 
Highway Engineer C. B. McCullough to represent them, 


MARNE ice artiess Sapte urine Mbit aera a 


(Pendleton-Adams Section centinued) 


R, 0. Dail & Warren Bros., Inc. 


Roy L. Bair 8, 519.00 
Warren Northwest, Inc. 109, 211.50 
Homer G, Johnson 110, 805.00 
Max J, Kuney 112,632.00 
Standard Asphalt Paving Co. and G. D. Lyon 120, 539.00 


McNutt Bros. 


OREGON-WASHINGTON HIGHWAY 
SOUTH MILTON SECTION — GRADING AND PAVING 


Warren Northwest, Inc. $25, 330.50 
Nerris Bros. 26, 601.00 
The United Contracting Company 30, 099.00 


McNutt Bros. 30,919.50 


WARM SPRINGS SECONDARY HIGHWAY 
WARM SPRINGS RIVER BRIDGE SECTION — CONCRETE BRIDGE 


Clifford A, Dunn $15,640.00 
H. B. Klineline 16, 825.50 
Birkemeier & Saremal 17,120.00 
Leonard & Slate 17,565.00 
McNutt Bros. 17,580.00 
Frank Watt Construction Company 17,715.00 
Tom Lillebo 18, 385.00 
Cc. J. Eldon 18, 530.00 
Averill] & Corbin 18,357.50 
A. ©. Greenwood Company, Inc. 19, 820.00 


M. L. O'Neil & Son 20, 305.00 


WARM SPRINGS SECONDARY HIGHWAY 
WARM SPRINGS RIVER SECTION — GRADING 


Cochran & Gatton 


Homer G. Johnson 25,886.00 
H. B, Klineline 26,218.00 
Leonard & Slate 26,766.00 
McNutt Bros. 29, 349.00 
M. L. O'Neil & Son 29, 526.00 
J. C, Papin 30,144.00 
Berke Bros. 33, 018.00 
A, Milne 33, 668.00 


(Continued on next page) 
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Diesel O11 Sales Company $31, 433.00 

Babler Bros. 31,946.00 

J. C. Compton 34, 343.00 | 
R, 0. Dail & Warren Bros., Inc. 35, 814.50 
Clifford A. Dunn 36, 866.50 

McNutt Bros. 38,551.50 

J. F. Forbes 38, 615.50 


FREMONT HIGHWAY 
HORSE RANCH SECTION - GRADING, SURFACING, OILING 


E. L. Rigdon $29,815.00 
Homer G. Johnson 32,029.50 
A. Milne 33,161.00 
Leonard & Slate 33, 693.00 
Berke Bros. 39, 905.50 
Clifford A. Dunn 41,294.50 
McNutt Bros. 43, 310.50 


PACIFIC HIGHWAY 
COTTAGE GROVE SECTION — GRADING AND PAVING 


Berke Bros. $66, 681.00 
Jacobsen—Jensen Cempany 68,511.70 
Edlefsen-Weygandt Company 71,915.50 
McNutt Bros. 73, 637.00 
Homer G. Johnson 77,258.50 
The United Contracting Company 88, 491.90 


OLD OREGON TRAIL 
ONTARIO-SNAKE RIVER SECTION — ROADSIDE IMPROVEMENT 


Arthur T. Fox $ 4, 465.50 
River Bend Sand & Gravel Company 4, 706.00 
Quinn-Robbins Company 6,841.50 
I.0.N. HIGHWAY 
30 MILES NORTH OF McDERMITT — DRILLING AND CASING WELL 
Haigh Bros. & Hughes $ 1,205.25 
Williams Drilling Company 1,980.50 
OREGON-WASHINGTON HIGHWAY 
PENDLETON-ADAMS SECTION — SURFACING AND FURNISHING CRUSHED ROCK 
Edwin C. Gerber $ 95,517.00 
Clifton & Applegate 98,949.00 
Triangle Construction Company 101, 889.00 


(Continued on next page 


way g2 1940 


the Federal Radio Commission the College's application for an increase in 
power and that the college station is now under observation by that Commis- 
sion; and stated that favorable consideration by the State Highway Commis- 
sion of their request would help greatly in securing authority from the .. 
Government for such increase in power, which is badly needed. 


The Attorney advised that the Commission has legal authority to 
spend state funds for this purpose if it so desires. The matter was discussed 
at considerable length but definite action thereon was deferred by the Caa- 
mission until it has had an opportunity to discuss the details with Mr. Har- 
old Say, Director of the Travel and Information Department. 


Mr, €. M. Conner and Mrs. Elizabeth C. Coleman, North Bend, came be- 
fore the Commission in regard to Mrs. Coleman's application to purchase a par- 
cel of state-owned property near the north end of the Coast Highway bridge 
over Coos Bay. Mrs. Coleman states that she is maintaining a number of cab- 
ins on her property at this location and also maintains a dance hall on the 
property, and alleges that the dance hall is being undermined by drainage 
water from the highway and there is danger that the building will collapse. 
In order to avoid this, Mrs. Coleman said that it would be necessary to 
move her building closer to the highway, which would necessitate taking some 
of the state's property, for which she is willing to pay a reasonable price. 
In the discussion of the matter the question arose whether or not the State 
Highway Department's activities at this point were the cause of the damage 
to Mrs. Coleman's property; also, whether the Commission is justified in 
selling state property situate so close to the bridgehead. Chairman Cabell 
explained the Commission's policy in this regard, which, he said, is adverse 
to the sale of property so located, it being considered advisable to retain 
such properties in state possession. After considerable discussion the 
Commission deferred its decision in the matter pending personal inspection 
of the premises and report by Commissioner Clough, to whom the matter was 
referred. 


Mr. Conner also brought up for discussion the matter of the grad— 
ing of a parking area in front of the Hauser Grade School. He presented a 
map showing the school property and pointed out that the State Highway De- 
partment owns a strip of land between this property and the highway and ad- 
vised that ii would be a great convenience if the Highway Commission would 
permit the leveling off of this area so as to facilitate the parking of cars. 
The matter was referred to the Engineer for investigation and report. 


Mr. H, R. Williams, Manager of the Arrow Transportation Company, 
was present in regard to moving over the Columbia River Highway between the 
Washington state line and Umatilla equipment having an overall length in 
excess of the Oregon statutory limits, although it meets the requirements of 
the State of Washington in that respect. He said that under present condi- 
tions, due to the difference in the legal lengths allowed in both states, 
it is necessary for them to break up their truck and trailer combinations and 
to use auxiliary equipment so as to avoid overall length combinations in ex- 
cess of the Oregon limits, which procedure is expensive; and, furtHermore, 
there is no place along the highway at the state line suitable for making 
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(Warm Springs River Section continued) 
J. A. Lyons 


Cc. J. Eldon 35, 419.00 
A. C. Greenwood Company, Inc. 45, 343.00 
Clifford A. Dunn 46,682.00 
WOLF CREEK HIGHWAY 
STRASSEL UNDERCROSSING SECTION — ABUTMENTS 
S. S. Montague $17,147.00 
Averill & Corbin 17, 455.00 
Birkemeier & Saremal 18, 840.00 
McNutt Bros. 20,875.00 
C. J. Eldon 21, 380.00 
WOLF CREEK HIGHWAY 
STRASSEL UNDERCROSSING PROJECT - FURNISH STRUCTURAL STEEL 
Willamette Iron & Steel Corporation $ 2, 476.60 
s-Moline Power Implement Company 2,598.40 
Pittsburgh-Des Moines Steel Company 2,604.20 
Schmitt Steel Company 2,633.20 
Clinton Bridge Works 2, 882.60 


County Judge Nelson B. Higgs of Harney County was present and in- 
quired as to whether or not the Commission has taken any definite action on 
the request made by the Harney County delegation at the March meeting for 
certain oiling between the existing highway pavement and the curb lines in 
the city of Burns. The Engineer advised that investigation authorized on 
this matter has not been completed but he expects to report to the Commission 
the results thereof at its next meeting. 


A delegation from Corvallis, including Professors S.M.P.Dolans Fred 
0. McMillan, Head of the Electrical Engineering Department; and Wm. Teutsch, 
Chairman of the Program Committee of Radio Station KOAC, came before the Com- 
mission in regard to a proposition for broadcasting highway information over 
the state-owned radio station at Oregon State College durin; the summer 
months. Professor Dolan headed the group. They asked the Commission to take 
charge of a one-hour broadcast daily during the months of June, July, and 
August, and suggested the dissemination of information particularly interest- 
ing to the people of the State of Oregon. They estimated that the total cost 
to the State Highway Department would not exceed $600.00 per month, repre- 
senting salaries of one man in charge of broadcasting, one man to prepare = 
seript, and a secretary. It was their thought that the State Highway Depart- 
ment would receive much benefit from the use of these broadcasting facilities 
by way of informing the people of the state of highway work and points of in- 
terest, which would have a tendency to increase local travel and, ineidental- 
ly, highway revenues. They further advised that there is now pending before 


project were Judge Kerkman, Commissioners Lewis and Hughes, J. “i. Thornburgh, 
Messrs Barney, Fetter, Imlay, Ruth, Graham, Yeil, Perron, and Gardner. They 
urged the improvement, particularly from the standpoint of traffic safety. 


Chairman Cabell advised that this is an expensive project and that 
the Commission has no funds available at the present time to undertake it. 
Further, that it is the established policy of the Commission not to make any 
commitments or promises in regard to any particular project until there are 
funds in sight with which to finance it. He also said that the Commission 
appreciates that at least a portion of this section should be widened but he 
pointed out that there are many places throughout the state where similar 
conditions exist, and, inasmuch as the Commission cannot finance all of them, 
it is obliged to program them in the order of their priority. The Commis- 
sion, he said, will give the Tualatin Highway project very careful considera- 
tion in the formulation of its future construction programs. 


Mr. Gardner asked for the improvement of Fifth Street, Forest Grove, 
from its connection with the Tualatin Valley Highway southerly to a place 
known as Carnation. He asked the Commission to resurface this street 
which, he said, is being badly damaged by heavy traffic of state character, 
and at least to help the city finance the improvement, because the city is 
not able to undertake the project alone. 


He was informed that the Commission has no legal authority under 
the present law to improve this street inasmuch as it is not a state highway 
route and is not a connection between state highway routes. However, the 
Commission will consider the matter of performing the work for the city at 
cost if the city will agree to reimburse the state for the expense involved 
although the Commission cannot give a definite decision in that regard until 
the matter has been discussed with the Engineer to ascertain whether or not 
it will be possible to assign equipment to the project. 


The Engineer reported that a request has been received from a com- 
mittee which has charge of an Oregon exhibit at the New York ‘iorld's Fair 
for the loan of some of the Highway Department's pictures of Oregon scenes 
for this Fair. The only obligation assumed by the Highway Department, he 
said, would be to furnish the pictures and pay the express charges to and 
from New.York. He also said that the pictures are available in the Travel 
and Information Department. The Commission approved the loan of the pic- 
tures with the understanding that the only expense would be the payment of 
transportation costs. : 


A delegation from Klamath and Lake Counties was present and asked 
for the completion this year of the remaining link of the Klamath Falls-— 
Lakeview Highway, about 4 miles in length. The delegation consisted of 
County Judge U.E. Reeder of Klamath County; County Judge J. R. Heckman and 
County Commissioner W, P. Vernon of Lake County; Carl W. Pendleton, County 
Clerk, Lake County; County Engineer Frank Z, Howard of Klamath County; and 
Forrest Cooper, Secretary of the Lake County Chamber of Commerce. 


Judge Heckman also asked the Commission for the improvement of the 
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these changes. He asked the Commission to grant a permit authorizing his 
company to move the overlength combinations into Oregon to a point near Cold 
Springs, where, he said, a suitable place is available for the construction 
of a turnout such as they will need to make the changes. 


It was explained to Mr, Willians that the Commission does not have 
legal authority to grant such permit. Mr. Williams then inquired whether or 
not the Commission would construct a turnout at the Ylashington state line and 
advised that they would need an area about 20 feet wide and 400 feet long to 
accommodate 5 truck and trailer combinations each 60 feet overall in length. 
The matter was referred to the Engineer for investigation and report. 


The Commission adjourned at 12:15 p. m. and reconvened at 2:00 p.m. 
in the same room with the same persons present and participating. 


Mr. Allison Dean, Portland, came before the Commission and in- 
quired as to the status of the proposed Oswego Highway beautification project 
concerning which a large delegation from Oswego conferred with the Commission 
at the previous meeting. The Engineer advised that the report on this matter 
has not as yet been completed but that he would communicate with Dr. Cane, 
who headed the delegation, as soon as it is ready. 


A delegation representing the Oregon Congress of Parents and 
Teachers, Inc., came before the Commission and inquired whether or not the 
Commission would contribute state funds to complete the purchase of a bronze 
bust of Dr. John sicLoughlin, which bust they propose to erect on an approved 
site at Oregon City. This delegation consisted of uirs. Kenneth B. Hall, Os- 
wego, Chairman; Mrs. F. W. Blum, and iirs. Martin W. Jones, Portland. They 
advised that the best has already been made by the sculptor, ir. Adrian 
Voisen, at a cost of approximately $2,000 and that they have raised $1,575.00 
through 10-cent contributions from school children, but they still lack $425 
to complete the purchase. Also, that wir. Volsen will not deliver the bust to 
them until the full amount has been paid. 


The Commission expressed its sympathy in this project but de- 
clined to contribute state funds for the same because of the question of the 
legality and advisability of doing so. 


A delegation from Washington County, consisting of the Washington 
County Court, represented by County Judge H. D. Kerkman and County Commission- 
ers James Lewis and J. ¥. Hughes; J. %. Barney, City Manager of Hillsboro; 
Jake Weil and J. M. Perron, also of Hillsboro; C. C. Ruth, Nick Schmidt, Hen- 
ry Hering, J. Immler, J. A. Oppeniander, and E. S. Barker, all of Cornelius; 
J. O. Johnson, attorney, Tigard; Sam K. Fetter, Aloha; Charles Imlay of Reed- 
ville; G. S. Lehman of Cedar Mills; and the following from Forest Grove: J.A. 
Thornburgh, banker; Hugh McGilvra, newspaper publisher; Loyal M. Graham, at- 
torney; F. D. Gardner, realtor; and E. %. Woodford, came before the Comnis— 
sion. 


They asked for the widening of the Tualatin Valley Highway for four 
lanes of traffic between Portland and Forest Grove. Speaking on behalf of the 
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definitely on this matter that the road be investigated carefully by engi- 
neers of the State Highway Department in company with the County Engineer 
and the Engineer for the Indian Service and that a report be rendered indi-— 
cating just what obligation the state would assume if the road were made a 
secondary state highway. The Commission approved this suggestion and so 
ordered. , 

A delegation from Prineville, consisting of County Judge A. R. Bow- 
man, of Crook County; Mayor J. B. Morse; Millard T. Smith, Councilman; H. R. 
Lakin, Mack Houck, and Arthur Erickson, came before the Commission and asked 
for the oiling of Main Street (present route of the Warm Springs Highway) in 
Prineville between First Street and Tenth. Mayor Morse headed the group. He 
said that this street carries a large volume of traffic and during the dry 
season the dust conditions create an unbearable situation, which is a menace 
to traffic and health. He asked the Commission to authorize the oiling of 
this street by the state's oiling crew the next time it is in that vicinity. 
Mr. Smith said that the city is financially unable to pay for the entire proj- 
ect but has $1,500.00 that it will be pleased to contribute thereto, and the 
businessmen of the town have also subscribed personal funds in the amount of 
$1,000.00 to apply to this work. Furthermore, the city owns a gravel pit 
nearby which it will be pleased to turn over to the state for its use in con- 
nection therewith. Mayor Morse said that the city would be glad to take over 
the maintenance of the street after the oiling work is completed. 


The Engineer estimated that a first-class improvement would cost be- 
tween $7,500.00 and $10,000.00, according to whether or not storm sewers, 
curbs, gutters, and sidewalks are constructed. He also said that this street 
carries a large volume of logging traffic and that it appeared to him undesir- 
able to do anything but a first-class job because any other type of improve- 
ment would simply result in heavy maintenance cost. 


Chairman Cabell thanked the delegation fcr its offer of cooperation 
and advised that the Commission would like to help the city but there is a 
question how far the Commission should go in improving a road that is to be 
taken off the state highway system in the not distant future. He pointed out 
that the Commission has already adopted a new route for the arm Springs High- 
way between Prineville and Madras and that the present route will be abandoned 
when the new route is opened for public use. The matter was discussed at con- 
siderable length but action thereon was deferred until later. Commissioner 
Oliver agreed to inspect the project on or about Mey 11 when he expects to be 
in that vicinity. (This matter was reconsidered by the Commission on the fol- 
lowing day, at which time the Engineer suggested, in the event the Commission 
approved an expenditure of state funds for the same, that it would be advis— 
able to include the work in the contract for the construction of another proj- 
ect at Prineville, bids for which are to be taken at the June meeting. The 
Commission concurred in the viewpoint of the Engineer and thereupon authorized 
an expenditure of $7,500.00 for the work, provided the City of Prineville will 
contribute thereto the amount of its offer, $2,500.00.) 


Mr. J. 0. Johnson, Tigard, came before the Commission in regard to 
a right of way matter at Tigard. He pointed out that in connection with the 
highway improvement at this place, which includes the realignment of the 
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Warner Secondary Highway, particularly between Warner Canyon and Plush. He 
said that this section contains numerous sharp curves and carries a large vol- 
ume of log-hauling traffic, and they would like to have the improvement sched- 
uled in next year's program. Further, that they are not asking for a high- 


class road. 


Chairman Cabell explained the tentative program for the comple~ 
tion of the Klamath Falls-Lakeview Highway. He also explained the status of 
funds available to the Commission for construction purposes. Due to the lin- 
ited amount of funds available, he said, the Commission was unable to allocate 
a sufficient amount to complete this highway this year but expects to give it 
serious consideration in next year's program although it is not ina position 
to make any definite commitment or promise at this time with respect thereto. 
He also advised that the Commission would be pleased to bear in mind the re~- 
quest for the improvement of the ‘larner Secondary Highway. 


Judge Heckman asked the Commission for a survey of the Warner 
Secondary Highway but the Commission made no definite commitment thereto, due 
to the fact that there are only a limited number of survey parties available 
and they are all busy at the present time on other assignments. 


Mr. Cooper urged the Commission to inspect the Warner Secondary 
Road to the top of the mountain. Chairman Cabell agreed to do this some time 
when he is in that vicinity. 


County Engineer Howard brought up for discussion matters per- 
taining to the Sprague River County Road. Also present and entering into 
this discussion were a number of residents of the Klamath Indian Reservation, 
including B. G, Courtright, Superintendent, Klamath Indian Reservation; Ben 
F. Mitchell, Tribal Secretary; Arthur R. Campman, Engineer, U. S. Indian Ser- 
vice; Norman P, Conway, U. S$. Indian Service; Joe S. Ball, Road Foreman, In- 
dian Service; and Judge Levi Walker, President, Klamath Tribal Business Com- 


mittee. 


They urged the Commission to designate this road as a state 
secondary highway and to allocate funds to reconstruct the same on the basis 
of finishing the work within three years. . Campman filed with the Comnis- 
sion a brief in support of oral arguments requesting the improvement, which 
brief bore the signatures of representatives of the Indian Service, Kiamath 
County Chamber of Commerce, and the Klamath County Court. He said that the 
road is badly in need of improvement and that neither the Indian Service nor 
the County Court is financially able to do the work. He also said that the 
survey for the road has already been made and has been approved by the Public 


Roads Administration. 


Chairman Cabell explained the policy of the Commission with re- 
spect to the secondary highway system. He pointed out that under this policy 
Klamath County now has as much mileage of such highways as it is entitled to 
in comparison with the other counties of the state, so there is a question 
whether or not the Commission would be justified under such policy to so des~- 
ignate this road. He suggested that it would be advisable before passing 
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Company, Portland, submitted the second-low bid in the amount of 
$45,281.00. There were 2 higher bidders. The Commission awards 
this contract to the low bidder, Jacobsen-Jensen Company, at its 
bid of $44,852.00. 


"Brothers-Harney County Line Section of the Central Oregon 
Highway, in Deschutes and Lake Counties. 40.9 miles oiling. The 
low bid received for this project was that of Norris Bros., Bur- 
lington, Washington, in the amount of $31,391.00. The next-low 
bid was that of Warren Northwest, Inc., Portland in the amount of 
$31,409.50. There were 7 higher bidders. This contract is award- 
ed to the low bidders, Norris Bros., at their bid of $31,391.00. 


“Horse Ranch Section of the Fremont Highway, in Lake County. 
3.32 miles grading, surfacing, and oiling. E. L. Rigdon, Lapine, 
was the low bidder for this work, with his bid of $29,815.00. 
Homer G. Johnson, Portland, was the next-low bidder, with his bid 
of $32,029.50. There were 5 higher bidders. The Commission 
awards this contract to the low bidder, E. L. Rigdon, at his bid 
of $29,815.00. 


"Cottage Grove Section of the Pacific Highway, in Lane County. 
C.85 mile grading and paving. Berke Bros., Portland, submitted 
the low bid for this work, in the amount of $66,681.00. Jacobsen- 
Jensen Company, Portland, submitted the next-low bid in the amount 
of $68,511.70. There were 4 higher bidders. The Commission 
awards this contract to Berke Bros., the low bidders, at their bid 
of $66,681.00. 


“Qntario-Snake River Section of the Old Oregon Trail, in Mal- 
heur County. 1.27 miles roadside improvement. The low bid re- 
ceived for this project was that of Arthur T. Fox, Salem, in the 
amount of $4,465.50. River Bend Sand & Gravel Company, Salem, 
submitted the next-low bid in the amount of $4,706.00. There was 
only one other bidder. The Commission has rejected all bids re— 
ceived for this project. 


"Drilling and casing well on Highway Department property ap- 
proximately 30 miles north of McDermitt, on the I.0.N. Highway, 

in Malheur County. There were only 2 bids received for this proj- 
ect, that of Haigh Bros. & Hughes, Gooding, Idaho, being the low 
ane and being in the amount of $1,205.25. The other bid was that 
of Williams Drilling Company, North Powder, in the amount of 
$1,980.50. The Commission has awarded this contract to the low 
bidders, Haigh Bros. & Hughes, at their bid of $1,205.25. 


"Pendleton-Adams Section of the Oregon—Yashington Highway, 
in Umatilla County. 11.51 miles surfacing and 12.02 miles bitu- 
minous macadam wearing surface; also, furnish 7,000 cu. yds. 
crushed rock in stock piles. Edwin C. Gerber, Oregon City, sub- 
mitted the low bid on this project, in the amount of $95,517.00. 
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and the construction of the highway over the railroad tracks of the 
Southern Pacific Company and the Oregon Electric Company, it has been neces— 
sary to close Pine Street, which serves a0 a county road connection for the 
people living north and west of Tigard, so the people of this district now 
have no means of access to the business district of the town except by a 
roundabout route, He said that when the matter of the railroad grade cross- 
ing elimination in Tigard was before the Public Utilities Commissioner, this 
matter was given consideration, and the order made by the Public Utilities 
Commissioner, as a result of the hearing, provided that the county should 
maintain another roadway paralleling the Southern Pacific right of way, in 
lieu of the Pine Street connection, which would pass under the highway grade 
seperation structure and would occupy land owned by the railroad company. 
Further, that a lease has been secured from the railroad company for the use 
of its lend immediately under the grade separation structure, but no pro- 
vision has been made for right of way beyond that point, the railroad company 
refusing to give up any of its property for such purpose and the property 
owners being unwilling to donate their land for right of way. In fact, they 
consider it unfair to ask them to donate the right of way, in view of the 
fact that the highway improvement has closed their outlet on Pine Street as 
well as two other crossings that were previously available. ir. Johnson 
urged the Commission to acquire the right of way for this county road con- 
nection. 
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The Assistant Attorney advised that he was present at the Public 
Utilities Commissioner's hearing when the matter of closing Pine Street was 
discussed but no suggestions whatsoever were made at that time that the state 
should purchase the right of way for the county road connection. In fact, he 
said that he would have interposed objection to such suggestion if it had 
been made. He estimated that right of way across the private lands would 
cost about $700.00. 


County Judge H. D. Kerkman, who was present, confirmed the Assistant 
Attorney's remarks and advised that Washington County is ready and willing to 
construct and maintain the roadway but is not in a position financially to ac- 
quire the right of way. 
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The matter was discussed at considerable length but a decision in 
regard thereto was deferred until later. (The matter was reconsidered by the 
Commission on the following day, at which time the Attorney was instructed to 
confer with Judge Kerkman again and to advise him that the Highway Commission 
is willing to pay one-third of the cost of this right of way if the county 
court and Mr. Johnson will pay the balance. ) 


mip we 


At 4:00 p. m. Chairman Cabell announced the following awards of 
contracts, bids for which were received at the morning session, such awards 
having been previously approved by the Commission by unanimous vote: 


Astoria Section (Taylor Avenue-Astor Street) of the Oregon 
Coast Highway, in Clatsop County. 0.43 mile grading and 0.62 mile 
paving. Jacobsen—Jensen Company, Portland, submitted the low bid 
for this project in the amount of $44,852.00. Edlefsen—Weygandt 
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) beach travel is heaviest, but tBere is no restriction, except as to length, a 
on the section east of the summit. They further advised that they have a i: 
considerable amount of timber felled in the woods west of the summit and i 
that it will require about two weeks to move the logs to market, and asked mm 
the Commission to extend the time for permissible log-hauling on this sec- : 
tion approximately two weeks, or until the middle of May, ib order to get 

these logs out. After discussion the Commission granted the request, extend— 

: ing the time limit to Saturday noon, May 18. However, the Commission in- 

| formed Messrs. Gray and Waterhouse that the Commission may find it necessary 
to prohibit the hauling of logs over this road entirely in the event it con— 
siders that the best interests of the general traveling public wil! be 
served thereby. 


In this connection the Engineer pointed out that the section between 
the summit and Cannon Beach contains numerous sharp curves, two of which are 
extremely bad, it being absolutely impossible for loads of logs 42 feet over~ fs 
all in length to negotiate them without taking up more than half the width < 
of the roadway. He pointed out that when the Coast Highway is open to gen- . 
eral public use past Arch Cape and Neahkahnie Mountain, travel over this 
particular section is bound to increase materially. He suggested, therefore, Ac 
that it would be advisable to conduct a survey of the section between Cannon 
Beach and the junction with the old route near Necanicum to determine the 
proper location and secure estimates of cost of reconstruction of the same. 

The Commission approved the suggestion unanimously, and so ordered. 


A delegation from Nyssa, headed by sir. A. L. Fletcher, City Attor- 
ney, and including R. A. Thompson, Mayor; Frank P, Morgan, Secretary of the 
Chamber of Commerce; and Leonard Frost, President of the Chamber of Com- 
merce, came before the Commission in regard to the proposed improvement of : 
the Old Oregon Trail at its crossing of the Union Pacific railroad tracks in 
this town, involving the construction of an undercrossing. They advised ' 
that they have assurances from the Amalgamated Sugar Company that the matter 
of financing the acquisition of the private property which is involved in 
this improvement and is appraised at $9,000.00, has been taken care of or 
will be taken care of within the next few days and in view thereof they 
asked the Commission to authorize the taking of bids for the project at its 
June meeting, subject to the condition that the Commission would not have to 
award the contract in the event that all matters pertaining thereto are not 


cleared. 


The Engineer advised that he is ready to proceed with the project 
as soon as the right of way situation has been disposed of satisfactorily. 
The Attorney advised that he has discussed the matter of acquisition of the 
Emison Addition property with Mr. Betz, attorney for the railroad company, 
who is quite certain that the railroad company will purchase this property; 
so, as far as the legal features of the project are concerned, it appears 
that a longer delay in contracting the work is not necessary, provided the 
real properties in Emison Addition are acquired by the railroad company and 
the sugar company. The Commission thereupon told the delegation that it 
would advertise this project for bids to be taken at the June meeting if it 
is definitely assured that the right of way and all other matters pertaining 
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low bidder, at his bid of $95,517.00. 


bidder, Clifford A. Dunn, at his bid of $15,640.00. 
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Commission awards this contract to Cochran & Gatton, 
low bidders, at their bid of $20, 305.50. 


submitted the next-low bid, in the sum of $17, 455.00. 
bidder, S. S. Montague, at his bid of $17,147.00. 


"Furnish only, F.0.B. cars at Portland, Oregon, 


eee I> 


amount of $2,598.40. There were 3 higher bidders. 
Portland, at their bid of $2, 476.60." 


ent 


Clifton & Applegate, Spokane, Washington, submitted the second-low 
bid, in the amount of $98,949.00. There were 12 higher bidders. 
This contract is awarded by the Commission to Edwin C. Gerber, the 
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®South Milton Section of the Oregon-Washington Highway, in Uma- 
tilla County. 0,51 mile grading and 0.95 mile paving. The low bid 
received fer this project was that of Warren Northwest, 
land, in the amount of $25,330.50. The next-low bid received was 
that of Norris Bros., Burlington, Washington, in the amount of 
$26,601.00. There were 2 higher bidders. This contract is awarded 
to the low bidders, Warren Northwest, Inc., at their bid of $25, 330.50. 


Inc., Port- 


"Warm Springs River Bridge Section of the arm Springs Second- 
ary Higittiay, in Wasco County. Construct 210-foot concrete bridge. 
Clifford A. Dunn, Klamath Falls, submitted the low bid for this proj- 
ect, in the amount of $15,640.00. H. B. Klineline, Vancouver, Wash- 
ington, submitted the next-low bid in the amount of $16,825.50. 
There were 9 higher bidders. This contract is awarded to the low 


"Warm Springs River Section of the Warm Springs Secondary High- 
way, in Wasco County. 1.39 miles grading. The low bid received for 
this work was that of Cochran & Gatton, Portland, in the amount of 
$20,305.50. The next-low bid was that of Homer G. Johnson, Portland, 


in the amount of $25,886.00. There were 11 higher bidders. The 
Portland, the 


"Strassel Undercrossing Section of the Wolf Creek Highway, in 
Washington County. Construct concrete abutments on treated piling 
foundations. S. S. Montague, Portland, submitted the low bid for 
this work, in the amount of $17,147.00. Averill & Corbin, Portland, 

There were 3 


higher bidders. The Commission awards this contract to the low 


approximately 

58,000 lbs, structural steel for the Strassel Undercrossing Project 

on the Wolf Creek Highway, in Washington County. Willamette Iron & 

Steel Corporation, Portland, submitted the low bid on this project, 

in the amount of $2, 476.60. Minneapolis-Moline Ppwer | 

pany, Los Angeles, California, submitted the next-low bid, in the 
This contract 


is awarded to the low bidders, Willamette Iron & Steel Corporation, 


Messrs. George Gray and D. T. Waterhouse came before the Commission 
in regard to the hauling of logs on the Gannon Beach Section of the Oregon 
Coast Highway. They advised that under the present ruling of the Commission 
log hauling is prohibited on this road between May 1 and September 15, when 
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Timber strips along the Salmon River Highway:- The Parks Superin- 
tendent advised that he has secured from the Miami Corporation a 6-months' 
extension of time, or until October 1, 1940, for the state to purchase the 
wayside timber strips along this highway. The Commission approved the report. 
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Purchase of timber tract along the Oregon Coast Highway at Nelscott, 
Lincoln County:- The Parks Superintendent advised that a Mr. Lewis %. Nolta 3 
owns a 20-acre tract in Section 22, Township 7 South, Range 11 West, ¥ M., a 
adjacent to the highway, for which he is asking the sum of $100.00 per acre. at 
He also said that the tract has a 660-foot frontage on the highway and that 4 
it is of very little value from the state parks standpoint because the tin- 4: 
ber has all been removed from the east side of the highway and there is only $, 


a smal] stand of timber remaining on the west side. He recommended against o) 
the purchase of this property for this reason and because, in his estimation, ee 
the money could be spent to much better advantage elsewhere. The Commission ys 


approved the recommendation. a 


Ocean frontage south of Yachats:~ The Parks Superintendent advised Me 
that the Lumbermen's Trust Company, Portland, owns 75 acres of land in Sec- 
tion 34, Township 14 South, Range 12 West, W. M., which it has offered to ye 
sell to the state for the sum of $500.00 per acre, or a total of $37,500.00. 2 
This land, he said, lies just south of the bridge at Yachats and takes in ® 
the park roadway already owned by the state. He further stated that the 
tract would make a fine addition to the state parks system and, in his esti- i 

) mation, it is worth purchasing if it can be acquired at reasonable cost, but 
| he could not recommend payment of $500.00 per acre for the same. The Com 
mission decided not to purchase this tract in view of the high cost involved. 


In this connection the Parks Superintendent also reported an offer 
from 0. F. Carpenter to sell to the state a 64-acre tract of land adjoining 
the Lumbermen'’s Trust Company property on the north, for the sum of $400.00 
per acre. The Commission refused the offer. 


Proposed park at Bob Creek on the Oregon Coast Highway, in Lincoln EF 
County:- The Parks Superintendent advised that a Mr. C. M. Kruchex owns 36.5 he 
acres of land at this location, being particularly situate in Lot 2, Section : 
22, Township 15 South, Range 12 West, and that he has offered to sell this q 
property to the state for the sum of $18,250.00, which is at the rate of aa 
$500.00 per acre. The Commission declined the offer. ¥ 


Request of Clatsop County Court for portion of Tongue Point State 1 
Park:- The Parks Engineer advised that Clatsop County deeded to the state a 
some time ago a 40-acre tract of land bounded by the Columbia River Highway, F 
the Tongue Point Naval Base Road, and the Columbia River, just north of the F 
city limits of Astoria, a portion of which, it now appears, the U. S. War t 
Department. desires in connection with the maintenance of the naval base at 
Tongue Point, and the County Court has asked the State Highway Commission to 
deed such portion back to the county so that it, in turn, can deed it to the 
Government. He said that he has investigated this matter and it is his rec- 
ommendation that all of this site be deeded back to the county with the ex- 
ception of a strip approximately 100 feet wide fronting on the Columbia River 
Highway. The Commission approved the recommendation. 
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to the project have been satisfactorily disposed of by that time. 


Mr. Walter Hembrie, President of the Sons and Daughters of Oregon 
Pioneers, was present and asked that a more conspicuous sign than is now be- 
ing maintained be installed at the entrance to Champoeg State Park. He al- 
leged that the existing sign is too small and is not befitting the importance 
of the park. The matter was referred to the Engineer for investigation and 
action as may be necessary, although it was pointed out to Mr, Hembrie that 
the Commission has standard signs for different purposes and likes to have 
all of its signs as uniform as possible. 


Mrs, Mildred K. Colvin, Waldport, came before the Cammission in re- 
gard to selling to the state for park purposes 327 acres of land which she 
owns in Curry County, same lying between the Oregon Coast Highway and the Pa- 
cific Ocean at a point about 4 miles south of Gold Beach and about 2 miles 
north of the present state park at Cape Sebastian. Mrs. Colvin advised that 
there is about $3,600.00 against the property, including back taxes amounting 
to approximately $1,000.00; $1,472.00 due on the mortgage, and other expense; 
and that the mortgagee has foreclosed. Further, that the pergod of redemption 
expires during the early part of June, 1940. She further advised that some 
time ago the State Parks Superintendent offered her $15.00 per acre for this 
property, which she refused because, in her estimation, the property is worth 
much more than that, but she is now willing to sell to the state for $30.00 
an acre. 


The Attorney gave as his understanding that the alignment of the 
Oregon Coast Highway at this point is to be revised and that new right of way 
will have to be acquired across Mrs. Colvin's property. The matter was dis- 
cussed at considerable length but action thereon was deferred until later. 
Chairman Cabell concluded the discussion by stating that if the Commission 
feels it should purchase this property it will offer Mrs, Colvin a fair price 
for the same but there is a limit to what the Commission feels it can pay in 
purchasing properties of this kind. (This matter was reconsidered by the Com- 
mission later in the session, at which time the Commission indicated that it 
might be justified in paying Mrs. Colvin as much as $25.00 per acre for her 
land if inspection of the property reveals that it is worth that much and that 
it is needed in connection with the system of state parks, It was decided 
that the Commission would make an inspection of all prospective state parks 
along the coast some time this sumer and would adopt a general policy as to 
the acquisition of additional state parks in this section after a review of 
the whole situation has been made. The Attorney was instructed to secure, in 
the meantime, if possible, consent from the mortgagee to extending the period 
of redemption in the foreclosure proceedings pertaining to Mrs. Colvin's 
property so as to give the Commission sufficient time in which to make its de- 
cision with respect to the acquisition of the same. He reported on the fol- 
lowing day that he contacted Mr. Middleton, attorney for the mortgagee, who 
advised that his client is no longer concerned in the matter because his in- 
terests have been disposed of.) 


The State Parks Superintendent, Mr. S. H. Boardman, was present and 
reported on the following park matters: 


list of desirable weyside timber tracts that would be eligible for the feder- 
al funds, so that if and when the federal funds become available the acquisi- 
tion of the approved tracts may be expedited. 


Proposed roadway to top of Neahkahnie Mountain:- The Parks Super- 
intendent advised that the Commission some time ago approved the construction 
of a roadway leading to the summit, in Neahkahnie Mountain State Park, How- 
ever, in view of the cost involved, and for other reasons, it has been con- 
sidered best to eliminate this roadway and to construct, in lieu thereof, 
trails that would serve the purpose equally as well and would not involve 
such heavy construction. He recommended approval of this plan and that he 
be authorized to secure leases from five property owners through whose prop— 
erties the trails must be constructed. The Commission approved the report 
and authorized the Parks Superintendent to negotiate for the leases. 


Wayside timber strips along the Vilson River Highway:r- The Parks 
Superintendent recalled that the Weyerhaeuser Timber Company, which owns con- 
siderable of the timber through which the Yilson River Highway has been con- 
structed, previously deeded to Tillamook County, without cost, certain strips 
along this road, it being the idea at the time that the strips would be re- 
conveyed by Tillamook County to the state, It was his thought that the gift 
of the Weyerhaeuser Timber Company should be recognized by appropriate public 
announcement, and advised that he has contacted the Tillamook County Court in 
regard thereto and that the court has volunteered to give the matter publici- 
ty through the Portland newspapers. The Commission approved the report. 


Report on state park C.C.C. camps:- The Parks Superintendent ad- 
vised that the Federal Government has reduced the number of C.C.C. camps in 
the State of Oregon in accordance with its new policy and as a result he has 
lost four of these camps from state parks, there now remaining only two camps, 
one of which is operating in Silver Creek Falls State Park, in Marion County, 
and the other in Saddle Mountain State Park, in Clatsop County. No action 
was taken by the Commission on this matter. 


Myrtle tract along the Chetco River:- The Parks Superintendent re- 
ported a fing stand of myrtle trees at this location which, he said, would 
make a very fine addition to the state parks system due to the fact that the 
trees are exceptionally beautiful and the stand is the finest one in existence 
so far as is known, The owners of this tract, he “said, are willing to sell 
it to the state and he recommended purchase of the same if it can be acquired 
at reasonable cost. He estimated that it would require an expenditure of 
about $10,000.00. The Commission decided to inspect the tract when it makes 
its park inspection trip down the coast this summer. In the event the Com- 
mission decides that the tract is desirable as a part of the state parks 
system, then purchase of the same will be considered in the formulation of 


the 1941 parks budget. 


Proposed park near Agate Beach Lighthouse, Lincoln County:- The 
Commission decided to inspect this property on its coastal inspection trip 
of state parks this summer. This property is owned by Messrs. Fred Wil- 
liams, Salem, and Ira Wade, Newport. 
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Cut-over lands just south of Umpqua Lighthouse State Park:- The 
Parks Superintendent advised that the Buchner Investment Company of North 
Bend owns approximately 250 acres of land adjoining the present park, from 
which the timber has been cut. He recommended acquisition of this tract as 
an addition to the park and requested authority to negotiate for the same. 
The Commission authorised the taking of options for this land. 


Addition to Cape Lookout State Park, in Tillamook County:- The 
Parks Superintendent requested authority to negotiate with a Mr. M, Petersen 
for the purchase of 25.96 acres of land which, he said, 4s needed in connec- 
tion with the development of the present park at this point. The property is 
described as Lot 1 of Section 36, Township 2 South, Range 10 West, ,W. M. The 
Commission approved the request and instructed the Right of Way Department to 
secure an option from Mr. Peterson. 


Proposed 120-acre addition to Short Sand Beach State Park:- The 
Parks Superintendent requested authority to negotiate for the acquisition of 
three 40-acre tracts on Neahkahnie Mountain which, he said, are needed in or- 
der to complete the setup for Short Sand Beach State Park. The properties 
are described as follows: West half of the northeast quarter of Section 18, 
the northeast quarter of the northwest quarter of Section 18, and Lots 1, 2, 
and a portion of Lot 3, of Section 7, all in Township 3 North, Range 10 West, 
W. M. The Commission authorized the Right of Way Department to secure options 
for the same. In this connection the Parks Superintendent pointed out that 
Clatsop County owns an additional 40-acre tract adjacent to this park, which 
it would be desirable to acquire if possible, so that this entire area will 
be in state ownership. The Oregon Coast Highway runs through this tract, he 
said, and he believed that the county would deed it to the state if the state 
would construct a roadway from the highway to the beach. The tract is de- 
scribed as the northeast quarter of the southwest quarter of Section 31, Town- 
ship 4 North, Range 10 West, W. M., and is located about three-quarters of a 
mile south of Arch Cape Tunnel. The Engineer was instructed by the Commission 
to investigate the roadway matter and to report at the next meeting the prac- 
ticability of constructing the same and how much it will cost to do the work. 


Timber strips along the Pendleton-John Day Highway:- The Parks Su- 
perintendent advised that he has contacted the Pilot Rock Lumber Company, 
which owns the timber along the Camas Creek Section of this highway, and as- 
certained that the company is willing to sell the timber on the strips adja- 
cent to the highway but wishes to retain title to the land. He advised that 
the proposed strips contain a beautiful stand of virgin timber and would make 
a fine addition to the state parks system, but the price that the company is 
asking for them would involve an expenditure of more than $30,000.00. It was 
the thought of the Commission that this tract would be a desirable one to pur- 
chase with federal funds in the event the bill now before Congress, authoriz- . 
ing an expenditure of federal funds for the acquisition of wayside strips, is 
enacted into law. In view of the possibilities of securing this congression- 
al legislation, the Commission deferred final action on the purchase of this 
property for the time being. The Parks Superintendent was instructed to pre- 
pare and submit to the Commission in the meantime, for its consideration, @ 
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It was also understood that the parks budget for 1941 would be dis-— 
cussed some time this coming fall. 


The Commission adjourned at 6:00 p. m. and reconvened at 9:45 p.m. 
in the Green Room of the Congress Hotel, with all Commissioners, the State 
Highway Engineer, the Attorney and the Secretary present. 


The Assistant Attorney reported on the status of the 1940 right 
of way budget. He recalled that the budget approved by the Commission for 
this year is in the amount of $600,000.00, and advised that, up to the pres- 
ent time,of this amount $312,000.00 has been obligated for right of way pur- 
poses, The Commission approved the report. 


The Attorney asked the Commission to confirm certain property set- 
tlements that were approved by Chairman Cabell and Commissioner Clough sub- 
sequent to the Commission meeting held on April 9, 1940, such confirmation 
being necessary for the records. The Commission approved the request and 
adopted the following resolution in regard thereto by unanimous vote: 


WHEREAS, in connection with the further improvement of 
the highways hereinafter designated, it is and has been necessary 
to acquire property for right of way, quarry sites, gravel or 
other material sites, or sites for the storage of materials, as 
hereinafter more definitely set forth; and 


WHEREAS, as a result of negotiations carried on with 
the owners of the property required, options have been obtained, 
which options have been considered by the Commission, outlining 
the bases of settlement which have been agreed upon; and 


WHEREAS, it is the judgment of the Commission that the 
said options should be approved and accepted, and/or the said re- 
ports be declared acceptable to the State Highway Commission as 
bases of settlement for the properties involved, and that the ac- 
quisition of the properties should be completed: 


NOW, THEREFORE, BE IT RESOLVED that the several offers 
or bases of settlement hereinafter enumerated be, and the same 
hereby are, approved and accepted, and that the Attorney for the 
State Highway Commission be, and he hereby is instructed to con- 
plete the acquisition of the said properties and to take title 
thereto in the name of the State of Oregon. The said properties 
hereby ordered and authorized to be acquired are as follows: 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


5304-McEwan, Gates Te 1810 sq.ft. $12,900.00 Lump Sum 


(pt.4 lots) for land, + $100, + 
tie rods in wall, & 
deed to property on 
which tie rods rest Parker 
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0. & G. Recreational Lands:- The State Parks Superintendent report- 
ed that there are available, as additions to the state parks system, 532 
acres of 0. & C. lands located at Silver Creek Falls, Marion County; Loon 
Lake, in Douglas County; Camas Mountain, in Douglas County; and at Wildcat 
Creek, in Clackamas County, which can be purchased for the sum of approximate- 
ly $6,000.09. These tracts, he said, would make desirable additions to the 
state parks system if funds can be spared to purchase them. The Commission 
decided not to acquire these tracts on account of the cost involved. 


er erer ee ee 


Wayside strips along the Oregon Coast Highway between Newport and 
Yachats and along the Salmon River Highway:- The Parks Superintendent report- 
ed that it would be highly desirable to acquire wayside strips along the above- 
mentioned highways if funds can be spared to purchase the same. He estimated 
that the strips along the Newport-Yachats Section would cost about $50, 000.00 
and those along the Salmon River Highway would cost about $20,000.00. Action 
on these purchases was deferred by the Commission pending the outcome of the 
bill in Congress that authorizes an expenditure of federal aid funds for pur- 
chases of this kind. 


1940 park budget:- The Parks Superintendent reported the status of 
the 1940 budget, including necessary costs for maintenance, betterment, and 
for approved purchases, as follows: 


Amounts approved under maintenance orders $ 35,525.00 


Amounts approved under betterment orders 36, 825.60 
Definite obligations 57, 483.80 
Proposed acquisitions 2,2 8 

TOTAL MERU 


; 
on 


The Commission approved by unanimous vote increasing the parks budget for 
1940 from $190,000.00 to $150,000.00, The Commission also approved by unani- 
mous vote the amounts reported by the Parks Superintendent as being needed to 
carry on maintenance work, betterment work, and to pay the definite obliga- 
tions, totalling $129,834.40. 


Consideration was then given by the Commission to the selection of 
properties to take up the difference between the obligated amount and the ap- 
proved budget, amounting to $20,165.60. After considerable discussion the 
following purchases were selected and tentatively approved by the Commission 
by unanimous vote: 


Colvin property in Curry County. 327 acres at $20.00 per a.— $6,540.00 


fig gee ry penta 


Wilsonville Bridgeheads 2,000.00 
Rogue River Bridgeheads 3,000.00 
Nehalem Sandspit 5,000.00 
Short Sand Beach, Collins Tract. 40 a. at $100.00 per a. 4,000.00 
Short Sand Beach Addition. 40 a. at $50 per a. ; 2,000.00 


Neahkahnie Mountain. 120 a. at $31.66 per a. 
TOTAL » 340.00 


It was understood that adjustments would be made in this program as may be re- 
quired to keep the total expenditure within the approved budget amount of 
$150, 000.00. 


tAY » 1940 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


m_ Creek Secti ific 
7 i, Effie Easement 408 sq.ft. $25 for the easement, 
plus $15 McCallister 

7203-Higgins, Jean R/W 18,698 sq.ft. Land $2805, + $3195 

(Lump Sum settlement 

of $6,000) Devers 
John Day-Prairie City Section ~ John Day Highway 
7949-Buchanan, C. E. Channel Change 3.11 Gratis Williams 
79/8—Allen, Brady . Gravel Pit 0.34 $50 Lump Sum 5 


Muive Rock-lakevien Section — Fremont Higheay 
952-Sewell, Matilda, Heirs 3.27 $30.58 per a. Martin 


Roseburg Section - Pacific Highway 
reae_comercial Abstract Co. Main- For securing quitclaim deeds from 
tenance site Wi.S.Hamilton and Lexington Inv. 
Co. ~ $20 Schannep 
Point-T ction — Crater e 
7947-Johnson, James F. Haul Road $75 Lump Sum McCallister 
30, 262 sq.ft. 
= th Falls- view hwa, 
3181-McDeniel, ‘V. Moving buildings from R/W ac- 
(A.L,Michael prop.) R/W quired from A.L.Michael, $225 
Chandler 
Count Vv Section — W 
7679—Austin, Varina P, 13.98 4e37 a. at $100 per a. 
(Correction report) 9.61 a. at $25 per a. 
plus $2,200 Benson 
Memaloose Park-Dillon Section - Columbia River Highway 
4501-Wetle, Fred Stock Pile 0.95 l-yr. lease - $10 Collins 
Pendleton-State Farm Section - Oregon-Yashington Highway 
7749-Harrah, Forrest Stock Pile 1.0 $100 per a., + $20, 
+ fencing Wells 
PNnaLevG. RGAMS Cet yi: TSE aS “49° 2 ay 
7737-Rothrock, Ralph, Estate 3.74 $80.21 per a. + $, 
and Lois M. Kruse Quarry + fencing Wells 
Seufert-Dufur Section — The Dalles-ta a 
7661-Curtiss, Leon %.C., Estate 0.76 Land $100 Lump Su, 
(Correction) Stock Pile + fencing Benson 


The Attorney also requested authority to acquire additional parcels 
of real property that are needed for various highway improvements throughout 
the state. He presented a list of such properties together with prices that 
he recommended be paid for each. After careful consideration the Commission 
approved the request and by unanimous vote adopted the following resolution 
in regard thereto: 

yay 2 1940 
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Approximate Amounts Agent 


Silverton-Mt. Angel S:ction - Hillsboro-Silverton Highway 

795é4-Henjum, Conrad B. Stock Pile 1.72 $100 Lump Sum Eason 

7901-Benedictine Sisters Easement 2 parcels Gratis Martin 
of Mt. Angel 

7891-Bialy, Gust 

7892-Zoliner, Joseph 

7898-Bernt, Joseph 

7897-Ebner, Clement J. 

7895—Borschowa, Peter 


- st 
7810-—Johnson, Emil A. 7 0.04 $1,000 per a. 


205 sq.ft. 23¢ sq.ft. 
State to convey to Johnson 845 sq.ft. outside R/W at 
value of 24¢ sq.ft., this amount to be deducted from 
amount to be paid for property under this settlement 
Collins 


Wilson River Section ~ Wilson River Highway 
7861-Consolidated Timber Co. a 1231.05 


on — Vrego! Coas 2 nwey 
Company Road 750 sq.ft. Gratis 
Ease 't 
7787-—Columbia River Packers 
Associaticn, Inc. ® 50 


750 sq 
7837-Port of Newport " 1200 sq. 


ft. 
fh? + 


Cottage Grove Section — Pacific Highway 
5636—-Sturges, D. %. Cancellation of lease on the Hoskins building in & 
Cottage Grove, $500.00 Benson 
5697-Heck, Frank R/W 45,557 sq.ft. 5é sq.ft. + $14,472.15 — 
+ 8965 sq.ft. in old 
R/W valued at 5¢ sq.ft. 
Devers 
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Section, Hwy., and Omer Purpose Acres Approximate Amounts Agent 
(Nehalem Spit Section continued) 
7337-Bradshaw, Julia a, Park 2 lots $10 per lot (state to 
pay taxes, est. $3) DeSouza = 
6743h-Batterson, S. i. . 40 Land, incluring tide z 
(Govt Lot 4) land, $400 Lump Sum Parker = 
T bd Co a 
7541-Wiser, Wn. J. 0.07 $1.00 Lump Sum Parker if 
B -¢ bia River hwa: 
1934-Fulton, Lulu B. Stock Pile 1.0 5-yr lease at $10 
per yr. Gardiner a 
-¢ River Ei. 
7951-Dunn, sildred Hauling Koad 0.33 2-yr.easement 2 
Easement at $10 per yr. Parker = 
7950-0.W,.R.R.& N.Co. Stock Pile 0.86 2-yr.lease at 
$5 per year " 
Warran Creek Section - Columbia River Highway 
6465-Lawler, John F. 0.64 $100 Lump Sum 
1.0 $100 Lump Sun 
. 1.34 $50 per a. 
7252 $40 per a. + $432.20 
10.50 (plus 1940 & 1941 taxes 
to be paid by state) * 
Scappoose Section —Coluabsaliiver Higimay— 
7247-Northern Pacific Rwy.Co. Slope Easement, Lump 
(SP&SRy Co) Easement Sum $10 DeSouza 
' tion -— C River 
7729-Sheppard, Geo. G. Park Cost of procuring quitclaim 3 
_deed, $10 Schannep : 
t -~¢ é 
Tuas Dapelend, Jos. and Ben af 14, 810.4 sq.ft. sq.ft.+ $214.12 McChesney 2 
7427-Haniff, R. F. . 818 sq.ft. sq.ft.+ $33 ; 
7432-Bomberry, John " 750 sq.ft. sq.ft. + $406.25 " 
714,36-Chambers, Verlin V. " 1062 sq.ft. sq.ft.+ $20.95 * 
(Correction) 
7880-Engesser, Joseph ¥ 1025 sq.ft.  2a¢ sq.ft.+ $399.35 « 
7879-Weber, A. A. sg 752 sq.ft. 5¢ sq.ft. + $387.40 * 
74,37-Elliott, Daisy D. ° 1817 sq.ft. sq.ft.+ $454.57 ss 
74,38-Long, Harvey * 2392 sq.ft. sq.ft. + $940.20 " 
inset Beach ve reg on as goway nalem op ) . 
7352-Malkey, Ruth Welch Park 2 lots $10 per lot Martin 4 
" Goast a 
7929—Dolan, A. T. Maintenance 2 lots l-yr. lease, $10 per 
Headquarters month Bishop 
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WHEREAS, in connection with the further improvement of the 
highways hereinafter designated, it is and has been necessary to ac- 
quire property for right of way, quarry sites, gravel or other mate- 
rial sites, or sites for the storage of materials, as hereinafter 
more definitely set forth; and 


WHEREAS, as a result of negotiations carried on with the 
owners of the property required, options have been obtained, which 
options have been considered by the Commission, outlining the bases 
of settlement which have been agreed upon; and 


WHEREAS, it is the judgment of the Commission that the 
said options should be approved and accepted, and/or the said re- 
ports be declared acceptable to the State Highway Commission as be- 
ses of settlement for the properties involved, and that the acquisi- 
tion of the properties should be completed: 


NOW, THEREFORE, BE IT RESOLVED that the several offers, 
or bases of settlement, hereinafter enumerated be, and the same 
hereby are, approved and accepted, and that the Attorney for the 
State Highway Commission be, and he hereby is instructed to complete 
the acquisition of the said properties and to take title thereto in 
the name of the State of Oregon. The said properties hereby ordered 
and authorized to be acquired are as follows: 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


y sti ce 2 Rrartto} 

& Park 112.0 $1.25 per a. + 1400M ft. 
timber at $2.50 M, or $3500, 
State to convey 1240M ft. 
burnt timber at $2.50 per M, 
or $3100, timber south of 
R/W in Sec.33, T 4 ¥,R 6 W, 
WM, Clatsop Co., & lots 3 & 
4,7 3N, ROW, Wi, Tille- 
mook Co., making a differ- 
ence of $545 to be raid by 
the state Parker 


Nehalem Spit Section - Oregon Coast Highway 

7364-Olsen, Randi Park 15 lots $5 per lot, + daxes (Est. 
including $8) to be paid by state 
tide land abut- DeSousa 


ting on Lot 16 
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Section, Hwy., and Omer Purpose Acres Approximate Amounts Agent 
c - i tte 
7785—FPenn Timber Company Stock Pile 1.0 $100 Lump Sum Schannep 
Widbur Section - Pacific Highway 
8028-Southern Pacific Co. Stock Pile Lease on land in Sec. 7, T 26S, 
R 5 W, Wi, Douglas Co, April 15 
to July 15, 1940, incl,- $5 Lytle 3 
8032-Rockhill, W. S. ® * Lease on land in Sec. 18, T 26 = 
S, R 5 3, WM, Douglas Co.- : 
5 mo.— Apr.1 to Sept.1, 1940, 
incl. - $3 per mo. 
Pigeepet-Sechien — Sinalan Hisiear 
7865—Lane County . Wi Part of 11 lots — Gratis Collins 
ction — Pacifi = 
7982-Sefton, Anna M. et al Stock 1.15 Land $150 Lump Sun, a 
Pile + fencing Lytle 
7983-Lloyd, Martin " 22,000 sq.ft. $150 Lump Sum es 
Canvonvilie-Daye Creel Section —-Ti Mer tr ee 
7961-Federal Farm iirtg. Corp. ae Fe $150 per a. + $71, 
+$ ker 


5 
$150 per a.,+ $46, 


7980-Fenn, John A. . 0.60 
+ moving telephone 
poles if necessary ® 
7886-Farnsworth, Kate Stock Pile 0.98 $100 Lump Sum for land, 
+ fencing 
7885-Weaver, Ralph F. S 8 7.23 1.0 a. at $125 per a. 
& Gravel Bar 6,23 a. at $74.64 per a., 
+ $35, + cattle guard " 
7981—Weaver, Ralph R/Wi 0.53 $150 per a. + $198.50 " 
7959-Raymond, Ada Lillie bl 1.39 $50 per a., + $60 ® 
Grant. reen Creek Section — Pacific hwa: 
7306—Morgan, Geo. A, and 0.086 $435 per a.,+ $122.50, 
John Frech + moving buildings,etc. 
(est. at $600) McCallister 
7293-Littrell, E. K. " 0.226 $435 per a. " 
7296-Chretien, Julienne * 0.137 $435 per a.,+ $55, + 
s system ns 
7294-Gilbert, Ray ° 0.283 $435 per a. " 
7173-Woodbury, Ralph R. ° 0.086 $435 per a., + $25 " 
7299—Rhoads, Minnie B. " 0.044 $435 per a., + $7 " 
7305—Jensen, David . 0.11 $435 per a., +$77.15 " 
7292—-Herring, F. A. and * 0.303 $435 per a., + pipe line " 
Dale Ginn 
7295-Mood, A. R. and . 0.186 $435 per a., +$19.09 " 
Oliver Morrison 
7304-Coburn, Florence C. ® 0.54 $435 per a., + $105 ° 
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Section, Hwy., and Omer Purpose Acres Approximate Amounts Agent 


Tillamook Section ~ Wilson River Highway 
7596A-Southern Pacific Co. Maint. & 2.9 $1,750 Lump Sun Benson 
Stock Pile 
Albina-Portland Section - Pacific Highway ‘lest 
7876-0.9.R.R.& N.Co. Stock Pile Approx. 
(Union Pacific) 13,000 sq.ft. 6-mo. Senee:as $10 Collier 


67-Owen, C. ‘Je and Ethel yz no 
& Easem't 0.23 $200 per a. + $184 McChesney 


Collins~ 
g0a5-Soutiern Pacific en = "eee ~dibese on land in Sec. 30, 
Stock Pile T 7S, R4%, Wi, Polk Co., 
Apr.15 to Oct. 32, 1940, ~ 
$10 Eason 
My, Angel Section - Hillsboro-Silverton Highway 
7896-Trimberger, Elizabeth Besen't Gratis Martin 
7893-Belm, John A. " 
7894-Schmidt, Wm., Estate " . « 
t t - c 
4188-Kerr, Nettie 17 sq.ft. 5¢ sq.ft. plus $20 McCallister 
4121-Zimmerman, A. J. “ 1333 sq.ft. 10¢ sq.ft. 
6187—Zimmerman, A. J. " 1175 sq.ft. 5¢ sq.ft. " 
4124-Hopkins, Clara M. 
and Graham, Frank " 497 sq.ft. 10¢ sq.ft. + 30¢ " 
4122-Van Buskirk, Winifred M, R/W 856 sq.ft. 10¢ sq.ft. ® 
Easem't 
4123-Van Buskirk, Geo.G. R/W 808 sq.ft. 10¢ sq.ft. ” 
Easem't 


ations i ~~*«OSO sq.ft. 


sq.ft. + $55 McCallister 
5620-Schrader, J. B. n 2043 sq.ft. 7¢ sq.ft. + $32 " 
Albany Section — Pacific a. East 
7866-—Brown, Max 1.15 $600 Lump Sun Gardiner 
a T ver t - Si Ww é 
7817-McVay, Dan 6. $25 per a. Collins 


61 
7818-McVay, Millard L. 4.80 $25 per a. 
° 3.46 $25 per a. + $190 
7820-Pope, Maetha and C. L. 0.69 $25 Lump Sum 
1.35 Gratis 
6.97 $30 per a. 
1.30 


$25 per a. 


7815-First Nat'l Bank, Eugene 
7814-Whistler, Edna R. 


pAY “& pS 9 4 0 
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Section, Hwy., and Omer Purpose Acres Approximate Amounts Agent 


iel Park Section — Oregon Coast 
5119-Vaughn, P.A. RAW 4,035 sq.ft. 3-1/3¢ sq.ft., + taxes 


(est. $11.31) to be 
jer Martin 


5321-Tucker, R. W. x 1400 sq.ft. 1000 sq.ft. at 5¢ sq.ft. 


400 sq.ft. at 2¢ sq.ft., 

+ $70, + moving bldgs. 

(est. $450), omer to 
half 


accept one-— Gardiner 
7852-Fasnacht, John H. " 800 sq.ft. 400 sq.ft. at 5¢ sq.ft. 
400 sq.ft. at sq.ft., 
+ $19, + moving bldgs. 
est. at $500) " 
7847-Gilmore Oil Company " 1251 sq.ft. 5¢ sq.ft. 
7853-Baptist Church " 2400 sq.ft. 5¢ sq.ft. 
7859-Assembly of God " 530 sq.ft. 5 sq.ft., + $400 
st. moving bldg.) ® 
5323-Dunn, Harry ° 3200 sq.ft. 5¢ sq.ft., + $100, + 
moving bldg. (est $500) " 
5326—Coos County * 15 parcels Gratis " 
7850-Methodist Church " 1200 sq.ft. 5f sq.ft., + $40 " 
) 780@-Douglas Bldg. & Loan " 540 sq.ft. 5¢ sq.ft. ® 
7882—Coos County, ° 5573 sq.ft. 5é sq.ft., + moving 
Gust D. Gross bldg. (est. $850) ® 
: 5322-Bromn, N. J. " 600 sq.ft. 5¢ sq.ft., + $100 " 
7849-McDonnell, Helen K. " 90D sq.ft. 600 sq.ft. at 5f sq.ft. 
300 sq.ft. at 2¢ sq.ft., 
+ $64 " 
7858-Coos County and " 1697 sq.ft. 5¢ sq.ft., + $250 " 
P. E. Mallory 
5340-Wogley, Charles ® 845 sq.ft. 5¢ sq ® 
5319-Bandon, City of: " 10,042 sq.ft. ry sa. ait at 5¢ sq.ft. 


1346 sq.ft. at sq.ft. 
982 sq.ft. at sq.ft., 
+ mov City Hall (est. 


at $800 J) 
5361-Cottor, Anthony K. " 1633 sq.ft. 5¢ sq.ft. " 
5344-Bandon, City of, and " 600 sq.ft. 5¢ sq.ft.,+ moving bldg. 

D. C. Kay est. at $600) " 
5344-Bandon, City of, and sd 600 sq.ft. sq.ft.,+ moving and 
D. C. Kay reconstruct bldg. 
est. at $600 " 
6363-Hansen, Carl J., Heirs " 2405 sq.ft. 5¢ sq.ft. " 
5343-Coquille Valley Dairy Co- 
operative " 1500 sq.ft. 10¢ sq.ft., + $5 n 
5372—Rauschert, E. R. * (2650 sq.ft. 10¢ sq.ft. 
(1060 sq.ft. sq.ft. 
(4240 sq. ft.) bidgs. (est. $2000 ° 


9509 


Section, Hwy., and Owner Purpose Acres 
( rt. Creek t 
7303-Biddle, W. R. 0.054 
7300-Eslinger, Ray, and . 0.045 
Nova G. 
7298-Eslinger, Ray, and 
Stella and James Mascell " 0.193 


Approximate Amounts Agent 


$435 per a., + $55 McCallister 
$435 per a. 


$435 per a., + $20 « 


7301-Crouch, E.R. and E.N. " 9,148 sq.ft. 1¢ sq.ft. 
0.543 &. $435 per a., + $1296.12 " 
7297-Snedden, W. P. ° 0.063 $435 per a., + $28 " 
7282-Higdon, J.B., and " 740 sq.ft. 1¢ sq.ft. ® 
E. L. Warren 
t - Wi hwa: 

6854- , Richard F. 1.04 $60 per a., + $28 McCallister 
(Correction report ) 

Beaver Marsh pectior = es-California hwa: 

1 horpe, James k. e- 50 Lump Sum DeSouza 
Rive 4 th —Malin Hi 

7683-Dodenhoff, B. i. 441 $200 per a.,+ $2335.50, 


3 
a} A Fa: 
7888—Newell, G. H. 025 
6.19 
_ shh 
7887-arthur, Eva W. . 2.5 
5:65 
8.15 
ct 
7667, 68, 69-Federal “Soil Conser- 
vation Service, L.D.Bell, 
et al 5.49 
t, a 
8021-Perrein, Oscar Maintenance 2 lots 
Headquart 'rs 
t = Coast 
7956-Lindberg, Syneva Maint .Hdgtrs. 
Lease 


+ fencing, dike & gates 


at state expense (est. 
at Br em 


$50 per a. 
$2.50 per a., +$21 Benson 
$50 per a. 

$2.50 per a., + $312 a 


Land Gratis, + fencing Benson 


l-yr lease, $10 per mo. 
Stiffler 


5-yr. at $15 per mo. 
(N. 50 ft. Lot 3, 
Blk 66, Port Orford) Bishop 


PROMEEC SN ach sp ic i os sty 3) 
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Section, Hwy., and Owmer Purpose Acres Approximate Amounts Agent 


7670B-Oregon & Western Colonization Co.- 
Armon YW. Carey R/W 4.08 0.50 a. at $50 per a. 
3.58 a. at $15 per a., 
plus $228 Benson 
7830-Oregon & Western Coloni- 
sation Co. n 2.88 1.0 a. at $100 per a. 
1.88 a. at $5 per a., 
plus $111 fencing 


7831-Carlson, Agnes . 2.89 $100 per a.,+ $245 ° 
7832-Carlson, Agnes " 3.81 1.33 at $100 per a. 
2.48 a. at $25 per a., 
plus $971 
7677-White, James Hudson * 7.45 5.18 a. at $100 per a. 
2.27 a. at $50 per a., 
plus $726 " 
Madras—Juniver Butte Section ~The Dalles-Palitores4 Agissy 
6109-Oregon State Land Board : 3.2 $24 per a. Gardiner 
tt, C tion -— Warm Spr 
7799-U. S. Of America 119.22 Land Gratis, plus fencing 
3200 rods at $1.50 
per rod Benson 
— r Sect — Fi 
6682-—Cox, Elbert 0.04 $100 per a., plus $27 
fencing Welis 
Wells 
Wells 
Wells 
7724-Hoon, Lane " 4684 sq.ft. 2¢ sq.ft., + $6 fencing " 
7722-Sherwood, D. C. " 0.78 $100 per a., + $54, 
fencing ¥ 
7918-Spence, Carrie M. Gravel Pit 0.70 5-yr. lease, $100 e 
7727-Thomas, Lucile E. R/T 7615 sq.ft. 3f sq.ft., + $1021.55 " 
Nye Junction-Pilot Rock Section — rendleton—John Day Highway 
7999-McDevitt, Charles Scale Site 0.11 $150 per a.,+ $5, + 
fencing 
ve ch St on — John Day-purns hig 
7018B-Oliver, Herman, et al Borrow Pit 1.78 $10 per a. Devers 


my 2 1940 
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Section, Hwy., and Omer Purpose Acres Approximate Amounts Agent 


+ moving (est. $250 
5316-West Coast Telephone Co. " 5200 sq.ft. 4 sq.ft. 


Bandon Section continued) - 
5346-Southwestern Motor Co. R/W 836 sq.ft. 10f sq.ft., + $216.40 
Joardiner 


6000 sq.ft.at 3¢ sq.ft. 
12000 sq.ft. at 2¢ sq.ft., 


; + $30 Benson 
764,3-Coos County Te 33,778 sq.ft. $1.00 Lump Sum Parker 
7478-Taylor, James " "4,569 sq.ft. 2¢ as + $45.69, 

; + $87.93 ° 
7475-Putnam, Frank E " 1,067 sq.ft. 2¢ sq.ft,, + $228.66, 

° + new steps (est. $20) " 
7479-Vredenburgh, W. D. ® 3,901 sq.ft. 2¢ sq.ft. " 
74.76-Newman, Robert " 10,200 sq.ft. 2¢ sq.ft., + $396 " 
74,.77-Uthaug, Henrietta Bear ad 4 lots $62.50 per lot DeSouza 


ion — C Ar Highwa: 
6348-Salzen, G. Von i 3,723 sq.ft. lf sq.ft., state to pay 


taxes and deduct (est. 
at $11.98) Martin 


2768-Empire Development Co. i 0.09 $1.00 Lump Sum Parker 


6238-Deschutes Count, ; i 0 
6230—Deschutes County ® 12 


° “at $5 per @. 


Lerson 
7828-McCoin, N. F. 
5.41 a, at $10 per a, 
+ $893 Benson 
767§—Rim Rock Ranch, Inc. ® 2.10 0.24 a. at $100 per a. 
1.86 a. at $5 per a., 
+ $9 " 
7674-Rin Rock Ranch, Inc. and " 0.55 $100 per Be, + $14.25, 
Pchser fencing ® 
7835-Dishman, Emma ® - 5.18 1.22 a. at $50 per a. 
3.96 a. at $25 per a., 
+ 9 * 
7676-McPhetridge, L. J. . 10.53 2.76 a. at $100 per a. 
7.77 a. at $25 per a., 
+ $960, + moving ° 
(low bid) $275 ®. 
7833~iueCabe, Mike and Pchser " 0.82 $40 per a.,+ $23 fencing " 
7670-Oregon & Western Colonisa- 
tion Co.;Armon W. Carey “ 3.69 $25 per 2., + $225 " 


(Continued on next page) 


that the state in addition thereto pay the amount of the tenant's damage, 
which is estimated at $500.00. The third property, he said, is that belong- 
ing to Irving Austin Leming and concerns a restaurant business. Mr. Leming, 
he said, is asking $3,000.00 for the building and $324.00 for the land. In 
addition to these three cases, he said, there is another involving property 
owned by H. F. Arnold, which property is appraised at $45, whereas Mr. Arnold 
is demanding a considerably larger amount for the same. He suggested, in 
view of the fact that it is proposed to advertise the Brookings project for 
bids to be received at the June meeting of the Commission, that condemnation 
proceedings be commenced to acquire right of way across each of these prop- 
erties, and recommended the following offers for condemnation: 


Price Demanded Recommended Offer 
Pedrioli property $10, 000 $4, 000 
Ward property 3,500 (state to pay dam- 3,000 (owner to pay 
ages to tenant ) damages to tenant) 
Leming property 3,324 (Bldg. $3,000 3,000 (for bldg.& land) 
; Land 324 ) 
Arnold property --- 50 


After discussion the Commission by unanimous vote approved the offers 
recommended and authorized the Attorney to proceed with condemnation. The At- 
torney was instructed to discontinue negotiations for the remaining right of 


way until the condemnation proceedings have been disposed of. 


The Attorney also reported difficulties in arriving at satisfactory set- 
tlements with the owners of additional property that is needed for highway 
purposes, particularly the following: 


Kight of way needed for the Lone Rock Junction-Rock Creek Sec-— 
tion of the Wasco-Heppner Highway across property owned by Gladys 
Booth. He recommended an offer of $60.00 for this property in con- 
demnation and advised that it is necessary to condemn because it 
involves settlement with an estate. 


Right of way needed for the Wright's Point-The Narrows Section 
of the Frenchglen Highway across property owned by Nora G. Thole. 
He recommended an offer of $200.00 in condemnation. 


After discussion the Commission approved the offers recommended in each 
instance and authorized the Attorney to proceed with condemnation. The fol- 
lowing resolution authorizing the Attorney to institute condemnation for the 
acquisition of all of the above-described properties was thereupon adopted by 


the Commission by unanimous vote: 


WHEREAS, the State Highway Commission is by law author- 
4zed and directed to lay out, locate, relocate, designate, construct, 
reconstruct, improve, and maintain a system of state highways in the 
State of Oregon, including both primary and secondary state highways, 
to acquire rights of way necessary therefor,- and to declare the neces- 


sity and need for the acquisition thereof, and the advantages to be 
gained thereby; 
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Section, Hwy., and Omer 


Slack bridge—rKicniand ection — nome SCC ad Highw 
7421-Bowman, Ruby Rizor Stock Pili 1.0 Land $1, + $5 (deed to re- 
convey previous stock 
pile site) Williams 
7421A-Bownan, Ruby Rizor Gravel Pit 0.88 $1 Lump Sun * 


Muddy Creek-Haines Section — Old Oregon Trail Higtmey 
7953-Christensen, John C., 1.0 50 per a., plus fenc- 
Estate 


Stock Pile ing Welis 


> 
SWE 


rights Point-The Narrows vec 
7794-Geer, Neva M. Hodder ; a 6 per a., + $242.25 Wells 
7790-Harney County “i 17.75 $1 for land, + fencing " 
7792-Carrico, Eleanor M. " 2.55 $6 per a., + $96.75, 
fencing 


12.20 $5 per a. McCallister 
6.12 $6 per a., + $242.25 Wells 
8.86 $6 per a., + $260.25 » 

1.13 $6 per a., + $98.25 " 


7796-State Land Board 
7795-Hodder, Walter Henry 
7797-Baker, ‘Ytorthy J. 
7917-Eager, Harry 


= Cc =- Pacific 
6059-Green, C.L. and Anna Ri 3026 sq.ft. 3f sq.ft., + $259.22 


(Supplemental Report) McCallister 
Cottage Grove Section - Pac fic Higinas 
5642-Spriggs, Alvin C. and ’ 997 sq.ft. plus slope easement - 
John H, state to convey to grantors 1717 


sq.ft. lying outside R/W in Lot 4, 

Block 1, Long & Landess Addition, 

with understanding the state is to 

be paid for the difference of 720: 
sq.ft. at rate of 20¢ sq.ft. DeSousa 


of $32,000.00 which the property owners are He particularly men- 
tioned three properties, one being the garage business owned by the bankrupt 
estate of Fanny T. Pedrioli, which is involved in a in federal 


court. Another is a service station business owned by Bernice M. Ward, which 
is under lease to a tenant who will have to be paid damages. This property, 
he said, is appraised at $3,000.00, but the owner is demanding $3,500.00 and 


uAY 


lands defined therein are hereby declared to be and the same are in- 
cluded within the rights of way of the said portion or portions of 
the said state highway system and hereby are declared to be neces— 
sary for the proper location, improvement, construction, and main- 
tenance of the said portion or portions of the state highway system. 


4. That I, H, Van Winkle, Attorney General of the State 
of Oregon, and J. M. Devers, Assistant Attorney General and Attorney 
for the State Highway Commission, be and they are hereby requested, 
authorized, and directed to attempt to agree with the owner or own- 2% 
ers and/or with the tenants or persons in possession, if there be ip 
any, of said parcel or parcels of land with respect to the compensa~ sy 
tion to be paid for the taking of the same and the damage, if there ee) 
be any, and in the event that no satisfactory agreement or agree- > 
ments can be reached, then it is hereby further resolved that the Mis 
Attorney General of the State of Oregon and J. M. Devers, Assistant = 
Attorney General and Attorney for the State Highway Commission, be 2 
and they hereby are requested to commence and prosecute to a final 3 
determination such suit or action, or suits or actions, as may be é 
necessary and appropriate to acquire title to the said premises and 
all rights therein for the purposes herein stated. 


5. That this resolution be entered in full in the minutes 
and records of this Commission. 


The Commission discussed and ratified the action taken by Chairman 
Cabell and Commissioner Clough on the following property sales, subsequent to 
the meeting of the Commission on April 9, 1940: 


Transaction No. 7204 -— sale of buildings on the right of way 
acquired from Helen McConnell for the improvement of the Pacific BS 
Highway south of Grants Pass. The Commission accepted the offer of 4 
Pete Fredericksen to pay $105.00 for these buildings, acceptance 
having been recommended by the Attorney. 3 


Transaction No. 7203 — sale of buildings within the limits of 
the right of way acquired from Jean Higgins for the improvement of 
the Facific Highway south of Grants Pass. The Commission approved ; 
the sale of this property, including a portion of the land outside = 
and to the east of the standard-width right of way boundary to Hel- -: 
en McConnell for the sum of $2,250.00. 


The Attorney requested instructions whether or not to acquire from 
a Mr. F. C, Adams certain right of way that is needed for the Klamath Falls- 
Dairy Section of the Klamath Falls-Lakeview Highway, in Klamath County. It q 
appears that this property lies adjacent to the city of Klamath Falls and is , 
on the Sixth Street section of this highway. Further, that the owner has sub- ‘. 
divided the land and has placed the plat of the subdivision on file in the ; 
county records The Attorney advised that Mr, Adams is asking $2,300.00 
per acre for the right of way, whereas, in his estimation, it is worth only 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission as follows: 


1. That the State Highway Commission does hereby find 
and declare that it is necessary, will be of advantage to the State 
of Oregon, and is needful that the State acquire for right of way 
purposes for use in connection with the permanent location, con- 
struction, improvement, and maintenance of the following section or 
sections of the state highway system of the State of Oregon, to wit: 


Brookings Section of the Oregon Coast Highway 
Lone Rock Junction-Rock Creek Section of the Wasco-Heppner 


Highway 
Wright's Point-The Narrows Section of the Frenchglen Highway 


real property owned by or in possession of the following parties and/ 
or persons, to wit: 


Brookings Section of the Oregon Coast Highway 
7707-Bankrupt estate of Fannie T. Pedrioli 
7705—Bernice M. Ward 
7704-Irvin Austin Leming 


7098-H. F. Arnold 
Lone Rock Junction-Rock Creek Section of the Wasco-Heppner 


7841-Gladys Booth 
'g Point-The Narrows Section of the Frenchglen Highway 


7791-Nora G. Thole 


and this Commission does hereby declare further that the said prop- 
erty or properties are necessary, are needful, and the acquisition 
thereof will be of advantage to the State of Oregon for right of way 
purposes in order to make it possible for the State Highway Commis— 
sion to propesly locate, relocate, construct, reconstruct, and main- 
tain said portion or portions of the said state highway system in 
accordance with standards adopted by this Commission relative to 
curvature, grades, alignment, drainage, and factors of savety. 


2. That the State Highway Engineer be and he hereby is 
instructed and directed to properly survey the parcel or parcels of 
land required for such right of way purposes and prepare proper and 
adequate descriptions thereof, which descriptions shall be employed 
in the preparation of a deed or deeds or other instrument or instru- 
ments necessary to conplete the acquisition of the said property or 
properties or which descriptions may be used in the preparation of 
a complaint in the event that condemnation proceedings are necessary. 


3. That the boundaries of the said pareel or parcels of 
land, as defined and determined by the said survey made by the said 
Highway Engineer, along the route or location adopted by the High- 
way Commission, shall be and the same hereby are adopted and the 
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TILLER-TRAIL SECONDARY HIGHWAY 
CANYONVILLE—DAYS CREEK SECTION — SURFACING, OILING, CRUSHED GRAVEL 


0. C. Yocom $25,251.00 
J. C, Compton 25,823.50 
Homer G. Johnson 27,610.00 
Clifford A. Dunn 29,510.90 
A, Milne 32,152.00 
McNutt Bros. 33,982.10 


TILLER-TRAIL SECONDARY HIGHWAY 
DAYS CREEK BRIDGE SECTION ~ CONSTRUCT LOG BRIDGE 


J. F. Johnston $ 4,861.30 
Contracting & Sales Company 4, 896.50 
Tom Lillebo 5; 461.25 
W. H. Philpott 5,580.25 
Clifford A. Dunn 6,451.50 
McNutt Bros. 7,998.00 


WASCO-HEPPNER SECONDARY HIGHWAY 
LONE ROCK JUNCTION-ROCK CREEK SECTION ~ GRADING & SURFACING 


M. L. O'Neil & Son $15,461.75 
A. Milne 19,777.50 
Leonard & Slate 23,189.00 
Homer G. Johnson 28,156.00 


PACIFIC HIGHWAY 
EAST UNIT, GRANTS PASS-GREEN CREEK SECTION - GRADING & PAVING 


Leonard & Slate $39, 240.00 
R. I, Stuart & Son 4,0, 636.00 
McNutt Bros. 42,166.50 


PENDLETON—JOHN DAY HIGHWAY 
NORTH PILOT ROCK SECTION - GRADING, SURFACING, OILING, CONCRETE BRIDGE 


McNutt Bros. $23, 898.00 
Babler Bros. 23,937.00 
Birkemeier & Saremal 24, 857.50 
F. R. Hewett 26, 069.50 
Norris Bros. 27,194.00 


PACIFIC HIGHWAY WEST 
MIDDLETON-NEWBERG SECTION - ROADSIDE IMPROVEMENT 


Leonard & Slate $12, 425.00 
River Bend Sand & Gravel Company 16,821.50 


——_— 
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about $300.00 per acre. It was his thought that the right of way should be 
acquired now while the entire subdivision is still owned by Mr. Adams, which 
would limit negotiations to one individual rather than numerous property 
owners if the right of way is not acquired until later on when some of the 
property has been sold. Because of the great difference in the amount that 
is being asked by Mr. Adams for the property and the value placed thereon by 
the Right of Way Department, the Attorney suggested that it would be advis- 
able to condemn the property. 


In the discussion the Engineer pointed out that the permanent 
alignment for this highway has not as yet been determined, so he is not in 
a position to state just how much of this property is needed, In view thereof 
the Commission decided to defer commencement of the condemnation proceedings 
until the location survey has been completed. The Attorney was instructed 
to bring the matter up again at that time. 


The Attorney reported that in connection with the settlement with 
Mr. C. L. Green for right of way needed for the improvement of the Pacific 
Highway East just south of Salem it was agreed that certain trees would not 
be destroyed, and in consideration thereof Mr. Green offered to sell his 
property to the state for $150.00 less than if the trees were removed. It 
now appears, he said, that during the construction of the highway at this 
point the contractor inadvertently destroyed the trees and now Mr. Green is 
asking the state to pay him an additional $150.00 for their loss. He rec- 
ommended approval of the request. The Commission approved the recommendation 
unanimously. 


The Commission adjourned at 12:00 midnight, to reconvene on une 
following morning in the auditorium of the Public Service Building. 


Portland, Oregon, May 3, 1940 


The State Highway Commission reconvened at 9:00 a. m. in the audito- 
rium of the Public Service Building. Present were: 


Henry F. Cabell, Chairman 

Huron W. Clough, Commissioner 

Herman Oliver, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M, Devers, Attorney 

H. B, Glaisyer, Secretary 


Bids as follows for highway construction projects were opened and 
read in conformance with previously published notice, following which Chair- 
man Cabell announced that the award of contracts would be made at 3:30 p. m. 


in the same room: 


CAPE ARAGO SECONDARY HIGHWAY 
NORTH BEND (MIDLAND ADDIT IOW) SECTION - GRADING & SURFACING 


Coos Bay Dredging Company, Inc. $ 3,985.05 
McNutt Bros. by 379.35 


there is an outstanding mortgage against this property, amounting to 
$15,000.00, that will have to be paid off if the Commission acquires the 
property. Furthermore, the Baptist Church has a long-term lease to occupy 

a certain portion of the property, and, under the provisions of this lease, 
is now maintaining certain buildings thereon, valued at $4,000.00, which 
lease would have to be terminated, and the buildings removed. Also, that Mr. 
Giesendorfer, who is past eighty years of age, is demanding an annuity that 
would provide him $75,00 per month during the balance of his life. 


The Assistant Attorney advised that in accordance with information 
that he has obtained from the State Insurance Commissioner and from a repre- 
sentative of one of the life insurance companies, an insurance policy pro- 
viding for such an annuity payment to Mr. Giesendorfer can be purchased for 
the sum of $4,814.00, based on a life expectancy of 2.78 years, In other 
words, the cash outlay by the state under such plan would total approximate~ 
ly $23,800.00. He suggested that, if the Commission decides to acquire this 
tract, it would be advisable to pay Mr. Giesendorfer $75.00 per month rather 
than to purchase the annuity insurance; and, on such basis, the total cash 
outlay would then be approximately $21,000.00. The matter was discussed at 
some length, during which the Commission appeared inclined to favor the sug- 
gestion of the Attorney, but no definite action was taken the matter being 
held pending further discussion with Dr. F. #. Starring, Executive Secretary, 
Oregon Baptist Church Convention, Portland, who has an appointment with the 
Commission at this meeting. 


Dr. Starring appeared before the Commission in company with Dr. 
C. S. Tunnell, Supervisor in charge of their recreational department. Dr. 
Starring advised that the Baptist Church Convention has a 50-year lease on 
15 acres of land belonging to Mr. Giesendorfer and that said lease still has 
44 years to run. Further, that they are paying Mr. Giesendorfer $50.00 per 
year for the privilege of occupying his land. He estimated that the Baptist 
State Convention would suffer a loss of $6,500.00 if it is required to va~ 
cate the premises and said that they would willingly move in order to accom- 
modate the State Highway Department, if necessary, and provided they can find 
a suitable location elsewhere. He qualified his statement by saying that he 
has not been authorized to offer any definite proposition to the state but 
would take the matter up with the Board of Directors at a meeting which is 
scheduled for next week. 


This matter was discussed at length but no decision reached except 
that it wes decided to continue the search for another suitable site for the 
Baptist Church facilities. The Assistant Attorney reported later in the 
session that he discussed this matter further with Dr. Starring, who appeared 
favorably inclined to accept a cash settlement of $4,000.00 to terminate the 
lease, provided the Baptist State Convention retain ownership of the build- 
ings and not be required to move the buildings until 1941. The Commission 
considered the proposition fair and reasonable if it decides to purchase the 
park, and authorized the Assistant Attorney to direct a letter to Dr. Star- 
ring outlining the Commission's attitude, without making any definite commit- 
ment, so that Dr. Starring may present this letter to his Board of Directors. 


4Y¥ 3 1940 
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The Engineer brought up for discussion matters pertaining tot » 
improvement of Lombard Street, Portland, and particularly the offer of ~.« 
Portland Traction Company to cooperate in the cost thereof by reason of the 
abandonment of its streetcar tracks on this street, He said that the Trac- 
tion Company has agreed in writing to contribute the sum of $10,317.00 toward 
the cost of this improvement, which amount represents the cost of paving over 
the abandoned track area at the rate of 60 cents per square yard, and that 
the Traction Company has also agreed orally to pay the state an additional 
sum of $1,500.00, which represents the cost of maintaining this area for the 
next ten years. He recommended acceptance of such offer as full and complete 
cooperation from the Traction Company and that the Commission authorize the 
advertising of this project for bids to be taken at the June meeting. The 
Commission approved the recommendation by unanimous vote, subject to the con- 
dition that the entire offer of the Traction Company be obtained in writing. 


N 


The Engineer reported a request from the Portland Traction Company 
for a letter outlining the attitude of the State Highway Commission with re- 
spect to the removal of the streetcar tracks from the Interstate Bridge be- 
tween Portland and Vancouver. He said that the Traction Company has plans 
for the removal of its streetcar line between Portland and Vancouver, and the 
public hearing on its application is to be heid on the following day in the 
Multnomah County Courthouse and, if consistent with the Commission's policy, 
they would like to have a letter fron the Commission outlining its viewpoint, 
for the records of such meeting, He recommended approval of the request in 
view of the fact that the Interstate Bridge is narrow and the elimination of 
streetcar traffic across same would be a big advantage and of considerable 
benefit to vehicular traffic. The Commission authorized the Engineer to 
write such letter. 


SOS at BER RIT, 


The Commission had under discussion a request from the 1940 San Fran- 
cisco World's Fair Commission for the use of one of the Highway Department's 
trucks to deliver shrubbery to the Oregon exhibit at this fair. The Commis-— 
sion decided not to loan a truck for this purpose in view of its established 
policy concerning Highway Department equipment; however, instructed the Engi- 
neer to contact Mr. Sigfrid Unander, Secretary of the Oregon Fair Commission, 
and endeavor to work out a satisfactory solution of this problem. 


A letter was presented from the West Coast Life Insurance Company 
offering, for the benefit of State Highway Departnent employees, a salary- 
saving plan involving the purchase by such employees individually any form of 
life or endowment insurance that they may desire and the paying of the pre- 
miums for the same by the state by making a deduction from the monthly sala- 
ries of such employees. The Commission disapproved the plan by unanimous 
vote in view of the complications that would result in keeping proper rec- 
ords of individual accounts, considering that there are so many. life insur- 
ance companies doing business in this state, and if the Commission author- 
ized one company to put its plan in force it would also have to grant the 
same privilege to all of the companies. 


The Assistant Attorney brought up for discussion the matter of ac- 
quisition of the Giesendorfer park property at Cascadia. It appears that 
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involving overall lengths in excess of the limit specified by statute. Chair- 
man Cabell made the following announcement in regard thereto: "The State 
Commission feels that, as it interprets the law, it has no right to 
continue issuing permits authorizing the transportation of overlength loads 
of logs except under conditions outlined at the Commission meeting last month. 
However, there are others, including some attorneys, who place a different 
interpretation on the law, and for that reason the Commission is prepared 
to enter into a friendly suit to determine just what the law is in the matter. 
Pending the outcome of this suit the Commission will continue to grant per- 
mits for such overlength movements as in the past; at least, the present 
practice of granting permits will not be changed until there is an adverse 
decision rendered by the court from this suit. Regardless of the outcome of 
this suit, it is the hope of the Commission that the representatives of the 
. logging industry will introduce a bill before the next legislature to clarify 
the situation." 


The group thanked the Commission for the action taken. The Secre- 
tary was thereupon authorized to continue the granting of permits for over- 
length movements of logs as in the past. 


The Commission recessed from 2:15 p. m. to 3:15 p. m. to attend the 
funeral of B. F. Irvine, former editor of The Journal, Portland. 


At 3:30 p. m. Chairman Cabell announced the following awards of con- 
tracts for which bids were taken at the morning session, such awards having 
been previously approved by the Commission by unanimous vote: 


“North Bend Section (Midland Addition) of the Cape Arago Sec- 
ondary Highway, in Coos County. 0.31 mile grading and 0.09 mile 
surfacing. ly 2 bids were received for this project, that of 
the Coos Bay Dredging Company, Inc., Marshfield, being the low one 
and amounting to $3,985.05. The other bid was that of McNutt Bros., 
Eugene, in the amount of $4,379.35. The Commission has awarded 
this contract to the low bidder, Coos Bay Dredging Company, Inc., 
at its bid of $3,985.05. 


“Canyonville-Days Creek Section of the Tiller-Trail Secondary 
Highway, in Douglas County. 7.12 miles surfacing and oiling; also 
furnish 5,150 cu. yds. crushed gravel in stock piles. 0. C. Yocom, 
Willamina. submitted the low bid for this contract, in the amount 
of $25,251.00. J. C. Compton, McMinnville, submitted the next- low 
bid, in the amount of $25,823.50. There were 4 higher bidders. 
The Commission awards this contract to the low bidder, 0. C. Yocom, 
at his bid of $25,251.00. 


"Days Creek Bridge Section of the Tiller-Trail Secondary High- 
way, in Dovglas County. Construct .124-foot log bridge. The low 
bid submitted on this project was that of J. F. Johnston, Newberg, 
in the amount of $4,961.30. The next low bid was that of the Con- 
tracting and Sales Company,: Portland, in the amount of $4, 896.50. 
There were 4 higher bidders. The Commission has rejected all bids 
received for this work. 


ee eae 


ar. Fred Brenne, Secretary of the Eugene Chamber of Commerce, and 
Mr. H. L. Koppe, City Councilman, were present and advised the Commission 
that the Eugene Chamber of Commerce has gone on record as approving in full 
the Engineer's plan for the permanent routing of the Pacific Highway through 
the city of Eugene. The Commission thanked them.for this information. 


Mr. Ray Conway, member of the committee appointed by the Commission 
to recommend sites for historical markers along the Old Oregon Trail, was 
present and reported briefly the progress that is being made by the Committee 
on this matter. The Commission approved the report. 


A delegation from Jasco and Wheeler Counties came before the Commis- 
sion and urged improvements to the secondary state highway between Fossil, in 
Wheeler County, and Antelope, in Vasco County. The delegation was headed by 
Fred E, ietteer, of Fossil, and included the following: County Commissioner 
Mace Fulton, of Wasco County; County Judge S. J. Howard, and County Commission- 
ers L. A.Gochenour and Chas. R, Jackson, of Wheeler County; Buster Burgess, 
Charles Conlee, Edward Lee, all of Fossil; Estel Storall, A. %. Gust, E. C. 
Woodcock, Charles Steele, and Chas. H. Crofoot, all of Maupin; ¥. C. Vreidt, 
Ed McGreer, V. %. Duus, Robt. B, Rooper, E. A. liaurer, and J. A, Hastings, all 
of Antelope; Chas. Chapman, Martin %. Nill, and John Wilson, on Clarnos and J. | 
B, Kirk, of The Dalles. | 


They particularly asked the Commission to transfer the federal aid 
secondary highway funds heretofore budgeted by the Commission for the in- 
provement of the Kinzua County Road, amounting to 715,000.00, from this road 
to the Fossil-Antelope Road. They were informed that it is now too late to 
make such transfer of funds; anyway, the money was allotted to the Kinzua 
Road at the request of the Wheeler County Court. Further, that while the 
Commission is not in a position at the present time to make any commitments 
or promises with respect to future allocations, it will be pleased to bear 
this project in mind and will consider it in the formulation of the next pro- 
gram for this type of road. . 


The Commission adjourned at 12:45 p. m. and reconvened at 2:00 p.m. 
in the same room. 


The Engineer requested authority to conduct a resurvey of the coun- 
ty road which extends up the Rogue River from the town of Wedderburn, as was 
heretofore requested by a delegation from that vicinity. The Commission ap- 
proved the request and ordered a report on the situation, for consideration 
at the next meeting. The Commission also instructed the Engineer to have on 
hand at that time an estimate of cost to improve the Sixes River Road in Cur- 
ry County. 


A group headed by ur. Fred Packwood, attorney, Portland, and in- 
cluding W. C. Reugnitz, representing the Columbia Basin Loggers Association; 
Fay Abrams, representing the Booth~Kelly Lumber Company of Eugene; Herb Cox 
and George Metager, of the ‘vest Coast Lumber Association, also of Bugene; and 
Truman and E. S. Collins of Portland, was present in regard to the granting 
of permits for the transportation over state highways of extra-long logs, 
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Consideration was given by the Commission to a request of Mrs. S.E. 
Huntsberger, Portland, to purchase a parce] of state-owned land situate be- 
tween the old highway and the new highway just north of the Pudding River 
Bridge, at Aurora. The Engineer advised that it is planned to revise the 

of the highway somewhat at this point in the near future, and in 
connection therewith some of this land will be needed. He recommended that 
the request be denied. The Commission decided unanimously not to sell the 
property. 


Reconsideration was given by the Commission to the application of 
L. A. Bratcher, Ashland, to purchase a parcel of state-owned property adja~ 
cent to the Bear Creek-Talent Section of the Pacific Highway, in Jackson 
County. The Commission decided not to sell the property. 


A letter was presented from E. G. Robinson, Portland, suggesting 
that when the proposed bridge across the Willamette River at Wilsonville is 
constructed the road approaches to the ferry at such point be maintained for 
general public use rather than revert to the adjacent property owmers, be- 
cause, if the approaches are allowed to revert to private ownership, it 
would then be impossible for the general public to have access to the river 
anywhere in this area without encroaching upon private property. The Com- 
mission took the matter under advisement for future consideration. 


The matter of acquiring additional property at the Highway Depart— 
ment's shops at Salem had the attention of the Commission. The Engineer ad- 
vised that the Commission a short time ago authorized the acquisition of ap- 
proximately 4 acres of land abutting upon and immediately east of the pres- 
ent highway shop site, which land was secured at a price of $212.00 per acre, 
He pointed out that there remains between the enlarged shop site and the 
county road@ leading to the Salem Airport a triangular-shaped area containing 
3.653 acres, and gave as his thought that it would be desirable to acquire 
this additional area in order to have control of all the property between the 
original highway shop site and the county road, and he so recommended. The 
Commission approved the recommendation unanimously on the condition that the 
property can be acquired at the rate of not more than $212.00 per acre, 


The Commission considered and denied the application of W. H. Ken- 
nedy, Deputy Sheriff, Coos County, to purchase an irregular~shaped parcel of 
state-owned property, approximately 50 feet wide and 125 feet long, adjacent 
to the Oregon Coast Highway just east of the Bunker Hill School, on which to 
construct and maintain a service station. 


The Commission had under discussion matters pertaining to the pro- 
posed improvement of the Oregon Coast Highway at Gold Beach and particularly 
discussed the matter of acquiring additional needed right of way for the same. 
In this connection the Attorney advised that a George B. Stafford, Jr., whose 
property fronts on the east side of the highway, a portion of which property 
will be needed for right of way, contemplates the construction of an expens- 
ive filling station thereon and he has stated his unwillingness to sell any 
of this property for the highway improvement. The Engineer advised that Mr. 
Stafford's property is located at the south end of Gold Beach where there is 


"Lone Rock Junction-Rock Creek Section of the ‘iasco-Heppner 
Secondary Highway, in Gillian County, 6.29 miles grading and sur- 
facing. The low bid received was that of li. L. O'Neil & Son, Jor- 
dan Valley, in the amount of $15,461.75. A. Milne, Portland, sub- 
mitted the next low bid, in the amount of $19,777.50. There were 

3 higher bidders. The Commission has referred all bids received on 
this project to the Engineer with power to award the contract to 
the low bidder when certain conditions have been fulfilled. 


"East Unit, Grants Pass-Green Creek Section of the Pacific 
Highway, in Josephine County. 0.83 mile grading and paving. Leon— 
ard & Slate, Multnomah, submitted the low bid for this work, in the 
amount of $39,240.00. R. I. Stuart & Sons, Medford, sutmitted the 
next low bid in the sum of $40,636.00, There was only one higher 
bidder. This contract is awarded to Leonard & Slate, the low bid- 
ders, at their bid of $39,240.00. 


"North Pilot Rock Section of the Pendleton-John Day Highway, 
in Umatilla County. 0.34 mile grading, surfacing, and oiling, and 
construct 54-foot concrete bridge. McNutt Bros., Eugene, submitted 
the low bid for this work, in the amount of $23,898.00. Babler 
Bros., Portland, submitted the next low bid in the amount of 
$23,937.00. There were 3 higher bidders. The Commission has award- 
ed this contract to McNutt Bros., the low bidders, at their bid of 
$23,898.00. 


"yiddleton-Newberg Section of the Pacific Highway West, in 
Washington and Yamhill Counties. 6.49 miles roadside improvement. 
The Commission received only 2 bids for this project, that of Leon- 
ard & Slate, Multnomah, being the low one, in the amount of 
$12,425.00. The other bid was that of the River Bend Sand & Gravel 
Company, Salem, in the amount of $16,821.50. The Commission has 
rejected both bids received on this project and has ordered the job 
readvertised." 


The Engineer requested authority for the Right of Way Department to 
negotiate for the acquisition of a strip of land 20 feet wide along the west 
side of Block 33, Olney's Addition to Astoria, so as to provide a right of 
way 80 feet wide along Fifth Street, the connecting street between the Oregon 
Coast Highway and the Nehalem Secondary Highway at this place, which property 
is owned by the City of Astoria. The Commission granted the request. 


The Attorney reported that in connection with the Cottage Grove in- 
provement it is necessary to secure right of way and a slope easement from 
Alvin C. Spriggs, et al. The area to be acquired, he said, contains 997 sq. 
ft.of land plus a slope easement. He recommended the following settlement 
for the same: The conveying of 1,777 sq.ft. of state-omed property to Mr. 
Spriggs, et al, with the understanding that the Commission is to be paid 20 
cents per square foot for the area deeded in excess of 997 sq.ft., which the 
state is obtaining, and advised that such settlement is satisfactory to Mr. 
Spriggs and his associates. The Commissipn approved such settlement by unan- 
imous vote. 


3.1949 


1. That the fragment of land confined within the area of 
land hereinafter designated, which fragment or parcel of land was 
formerly within the limits of the right of way of the Klamath Indian 
Agency Section of The Dalles-California Highway, but is now without 
the limits of the right of way of said highway as said highway has 
been relocated and reconstructed be and said fragment or parcel 
land or portion of the old right of way is abandoned as a part of 
the right of way of said highway, and said fragment or parcel of 
land or old right of way is, so far as control and supervision by 
this Commission is concerned, eliminated and left to revert to tri- 
bal ownership by the Klamath Indian Tribe. The fragment or parcel 
of land affected by this resolution is defined and described as fol- 
low, to wit: 


All that certain section of the old right of way of The 
Dalles-California Highway in Sections 7 and 18, Township 34 
South, Range 7 East, W.M., Klamath County, lying on the east- 
erly and westerly side of the right of way required for the 
reconstructed The Dalles-California Highway and lying between 
Mile Post 252 and Mile Post 253 of said highway, the begin- 
ning and ending points with reference to engineer's stations 
of the said old highway being Station 1634+50 on the souther- 
ly end and Station 1672+80 on the northerly end. 


The location of said abandoned right of way may be more definitely and 
particularly ascertained and determined by reference to a map or blue- 
print, marked "Exhibit A", attached hereto and by this reference made a 
part hereof, which said exhibit for identification purposes bears the 

signatures of W. E. Chandler, Division Engineer, H. G. Smith, Construc- 


tion Engineer, and C. B. McCullough, Assistant State Highway Engineer, 
and is dated May 1, 1940, upon which map or exhibit there is reflected 
the above described parcel of land by showing the same shaded in red.* 


2. In the event there remains any physical connection be- 
tween any portion of said abandoned right of way or highway and the 
present highway, and by reason of such physical connection traffic from 
the existing highway may enter or use the said abandoned portion of the 
gaid old road to the possible damage or injury of su¢h traffic by reason 
of any unsafe condition existing with respect to said old or abandoned 
road, then the State Highway Engineer is hereby authorized and directed 
to erect such barricade or other safeguard as may be necessary to protect 
and safeguard traffic using and employing said newly located, constructed 
and dedicated section of said highway. 


3. That this resolution be entered in the minutes and records 
of the Commission and a certified copy thereof, together with a copy of 
said map or exhibit, delivered to Honorable B. %. Courtright, Superin- 
tendent of the Klamath Indian Agency, and thereafter said abandoned sec- 
tion of said highway shall no longer be under the jurisdiétion or con- 
trol of the State Highway Cotmission, nor shall the Highway Commission 


#Map filed in Right of Yay Abandonment and Retention File - No. 71 
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no question about the permanency of the highway alignment; also, that it is 
contemplated to reconstruct this unit as the first project in the Gold Beach 
improvement. He recommended, therefore, that the Attorney be authorized to 
take options for the right of way at this time, beginning at the curve at the 
intersection of Strahan Street and extending southerly the full length of 
the contemplated improvement, which would includes Mr, Stafford's property. 
The Commission approved the recommendation unanimously and so ordered. 


The Engineer recommended the abandonment of certain sections of the 
following highways, such sections being no longer of value from the state's 
standpoint because the highways have been reconstructed on other alignment: | 


Portion of the Klamath Indian Agency Section of The Dalles- 
California Highway between Mile Posts 252 and 253, Klamath County. 


Portion of the Green Springs Highway one-half mile east of 
Jenny Creek, in Jackson County. 


Portion of the Drews Valley Section of the Klamath Falls- 
Lakeview Highway, in Lake County, opposite Drews Reservoir. 


Also, the abandonment of certain portions and the retention 
of certain portions of the relocated Hunter Hili-Lakeview Sec- 
tion of the Fremont Highway, in Lake County. 


The Commission approved the recommendation and by unanimous vote 
adopted the following resolutions in regard thereto: 


WHEREAS, in order to afford a better alignment and a more 
satisfactory, safe and convenient highway for the traveling public, 
the Commission found it necessary to relocate a portion of the Kian- 
ath Indian Agency Section of The Dalles-California Highway in Klam- 
ath County; and ; 


WHEREAS, by reason of said relocation and reconstruction 
of the said section of said highway there was eliminated and made 
unnecessary as a part of the permanent highway a certain section or 
part thereof, which section is more specifically defined and desig- 
nated hereinafter in this resolution; and 


WHEREAS, it is the judgment and opinion of the Commission 
that there should be recorded in the minutes and records of the Com- 
mission its purpose and plan to abandon as a part of the said state 
highway the fragment or portion of right of way hereinafter desig- 
nated and heretofore included within the area of the right of way 
of the said highway as formerly located, improved and uséd; 


NOW, THEREFORE, the premises being in general as above 
stated, it hereby is resolved by this Commission, all members being 
present and affirmatively participating, as follows: 


The location of said abandoned right of way may be more definitely 
and particularly ascertained and determined by reference to a map 

or blueprint, marked "Exhibit A", attached hereto and by this ref- 
erence made a part hereof, which said exhibit for identification 
Purposes bears the signatures of K. D. Lytle, Division Engineer, H. 
G. Smith, Construction Engineer, and C, B. McCullough, Assistant 
State Highway Engineer, and is dated February 23, 1940, upon which 
map or exhibit there is reflected the above described parcel of land 
by showing the same shaded in red, + 


2, In the event there remains any physical connection be- 
tween any portion of said abandoned right of way or highway and the 
present highway, and by reason of such physical connection traffic 
from the existing highway may enter or use the said abandoned por- 
tion of the said old road to the possible damage or injury of such 
traffic by reason of any unsafe condition existing with respect to 
said old or abandoned road, then the State Highway Engineer is 
hereby authorized and directed to erect such barricade or other 
safeguards as may be necessary to protect and safeguard traffic 
using and employing said newly located, constructed and dedicated 
section of said highway. 


3. That this resolution be entered in the minutes and 
records of the Commission and a certified copy thereof promptly de- 
livered to the County Court of Jackson County, together with a 
copy of said map or exhibit, for such action as said County Court 
may desire to take with respect to said fragment of land, and 
should said abandoned portion of the right of way of said highway 
be further employed for public or private highway purposes such 
use shall be entirely under the control and supervision of the 
County Court of Jackson County and beyond any responsibility or 
supervision by the State Highway Commission. 


WHEREAS, in order to afford a better alignment and a more 
satisfactory, safe and convenient highway for the traveling public 
the Commission found it necessary to relocate a portion of the Kiam- 
ath Falls-Lakeview Highway in Lake County; and 


WHEREAS, by reason of said relocation and reconstruction 
of the said section of said highway there was eliminated and made 
unnecessary as 4 part of the permanent highway a certain section or 
part thereof, which section is more specifically defined and desig- 
nated hereinafter in this resolution; and 


WHEREAS, it is the judgment and opinion of the Commission 
that there should be recorded in the minutes and records of the Com- 
mission its purpose and plan to abandon as a part of the said state 
highway the fragment or portion of right of way hereinafter desig- 
nated and heretofore included within the area of the right of way 


*ap filed in Right of Way Abandonment and Retention File - No. 72 


assume or undertake any responsibility in connection therewith. 


WHEREAS, in order to afford a better alignment and a more 
satisfactory, safe and convenient highway for the traveling public, 
the Commission found it necessary to relocate a portion of the 
Green Springs Highway in Jackson County; and 


WHEREAS, by reason of said relocation and reconstruction 
of the said section of said highway there was eliminated ahd made 
unnecessary as a part of the permanent highway a certain section 
or part thereof, whieh section is more specifically defined and des- 
ignated hereinafter in this resolution; and 


WHEREAS, it is the judgment and opinion of the Commission 
that there should be recorded in the minutes and records of the 
Commission its purpose and plan to abandon as a part of the said 
state highway the fragment or portion of right of way hereinafter 
designated and heretofore included within the area of the right of 
way of the said highway as formerly located, improved and used; 


NOW, THEREFORE, the premises being in general as above 
stated, it hereby is resolved by this Commission, all members ®e- 
ing present and affirmatively participating, as follows: 


1. That the fragment of land confined within the area 
of land hereinafter designated, which fragment or parcel of land 
was formerly within the limits of the right of way of the Green 
Springs Highway in Jackson County, but is now without the limits 
of the right of way of said highway as said highway has been relo- 
cated and constructed, be and said fragment or parcel of land or 
portion of the old right of way is abandoned as a part of the right 
of way of said highway, and said fragment or parcel of land or old 
right of way is, so far as control and supervision by this Commis— 
sion is concerned, eliminated and left to revert to the adjoining 
and abutting property owners or to the control and supervision of 
the County Court of Jackson County for highway or other public pur- 
poses as the Court may determine. The fragment or parcel of land 
affected by this resolution is defined and described as follows, 
to wit: ‘ 


All that certain section of the old right of way of 
the Green Springs Highway lying on the southerly side of 
the right of way required for the reconstructed Green 
Springs Highway lying between Mile Post 24 and Mile Post 
25 of said highway, the beginning and ending points-with 
reference to the engineer's stations of the reconstructed 
highway being Station 446+70 on the westerly end and Sta- 
tion 477+80 on the easterly end, all in Section 4, Township 
40 South, Range 4 East, W.M., Jackson County, Oregon. 


and employing said newly bcated, constructed and dedicated section 
of said highway. 


3. That this resolution be entered in the minutes and 
records of the Commission and a certified copy thereof promptly de- 
livered to the County Court of Lake County, together with a copy of 
said map or exhibit, for such action as said County Court may desire 
to take with respect to said fragment of land, and should said aban- 
doned section of the right of way of said highway be further enm- 
Ployed for public or private highway purposes such use shall be en- 
tirely under the control and supervision of the County Court of Lake 
County and beyond any responsibility or supervision by the State 
Highway Commission. 


WHEREAS, in order to afford a better alignment and a more 
satisiactorv, safe and convenient highway for the traveling public 
the Highway Commission found it necessary to relocate portions of 
the Hunter Hill—Lakeview Section of the Fremont Highway in Lake Coun- 
ty; and 


WHEREAS, by reason of said relocation and reconstruction 
of said section of said highway there have been eliminated from the 
main travelled portion of said highway certain sections or fragments 
of land, which said sections or fragments of land are more specifi- 
cally defined and described hereinafter in this resolution and are 
reflected on prints or maps, marked “Exhibit A", "Exhibit Bb”, and 
“Exhibit C", and "Exhibit D", copies of which are attached hereto 
and made a part hereof; and 


WHEREAS, while those sections hereinafter described as the 
parcels to be retained and shown in vellow on the attached prints 
are not required for use as a part of the main or travelled section 
of the highway, nevertheless the same are required, can be used, and 
are essential for other public purposes, to wit: storage purposes, 
parking area and cther public uses in connection with said highway; 
and ; 


WHEHEAS, it is the judgment and opinion of the Commission 
that there should be recorded in the minutes and records of the Com- 
mission its purpose and plan to preserve for mublic use in connection 
with said highway the fragments or parcels of land hereinafter de- 
scribed as the parcels to be retained and shown in yellow on the at- 
tached prints; and 


WHEHEAS, it is the judgment and opinion of the Commission 
that there should be recorded in the minutes and records of this 
Commission the purpose and plan of the Commission to abandon as 
parts of the state highway system certain portions of the highway 
eliminated from the main travelled portion of said highway, which 
sections are made unnecessary as a part of the completed highway 
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of the said highway as formerly located, improved and used; 


NOW, THEREFORE, the premises being in general as above stat- 
ed, it hereby is resolved by this Commission, all members being pres- 
ent and affirmatively participating, as follows: 


iF 1. That the fragment of land confined within the area of 
a land hereinafter designated, which fragment or parcel of land was 
o} Fie formerly within the limits of the right of way of the Klamath Falls- 
ey ii Lakeview Highway in Lake County but is now without the limits of the 
4 right of way of said » as said highway has been relocated and 
eet constructed, be and said fragment or parcel of land or portion of 

‘ the old right of way is abandoned as a part of the right of way of 

By: said highway, and said fragment or parcel of land or old right of way 
is, so far as control and supervision by this Commission is con- 
cerned, eliminated and left to revert to the adjoining and abutting 
ie property owners or to the control and supervision of the County Court 
>) ee of Lake County for highway or other public purposes as the Court may 
ees determine. The fragment or parcel of land affected by this resolu- | 

tion is defined and described as follows, to wit: 


Sh ane All that certain section of the old right of way of 
eit the Klamath Falls-Lakeview Highway lying on the westerly 
ah side of the right of way required for the reconstructed 

Eas - Klamath Falls—Lakeview Highway and lying between Mile Post 
Cae and ending points with reference to the engineer's stations 
| ae of the reconstructed highway being Station 472+14.8 on the 

northerly end and Station 554+38.4 on the southerly end. 


The location of said abandoned right of way may be more definite- 
ly and particularly ascertained and determined by reference to a map 


4 ee or blueprint, marked "Exhibit A", attached hereto and by this refer- 
ie uae ence made a part hereof, which said exhibit for identification purpos- 
Ot es bears the signatures of VW. E. Chandler, Division Engineer, H. G. 


Suith, Construction Engineer, and C. B. McCullough, Assistant State 
Highway Engineer, and is dated February 16, 1940, upon which map or 
exhibit there is reflected the above described parcel of land by show- 
ing the same shaded in red. * 


- iM 2. In the event there remains any physical connection be- 
_ tween any portion of said abandoned right of way or highway and the 


ee present highway, and by reason of such physical connection traffic 
- ®’ from the existing highway may enter or use the said abandoned por- 
j uf tion of the said old road to the possible damage or injury of such 


traffic by reason of any unsafe condition existing with respect to 
said old or abandoned road, then the State Highway Engineer is here- 
by authorized and directed to erect such barricade or other safe- 
guards as may be necessary to protect and safeguard traffic using 


* Map filed in Right of Way Abandonment and Retastion File ~ No. 73 


(Crooked Creek-Salt Creek Section, Mile Post 130 to 
Mile Post 134, Exhibit D.) 


Station 646+84 to Station 639+53 on the easterly side of the highway 
Station 550+86 to Station 545496 " southeasteriy * 
Station 545+39 to Station 540+94 " northwesterly 


Station 540+73 to Station 537+11 " southeasterly sd 
Station 531490 to Station 509+89 " northwesterly " 
Station 508+80 to Station 495423 " southeasterly ® 


2. That the fragments of land confined within the area 
hereinafter described and designated as the parcels of land to be 
abandoned, which fragments were formerly within the limits of the 
right of way of the Hunter Hill—Lakeview Section of the Fremont 
Highway, be and said fragments of land are abandoned as a part of 
the right of way of said highway, and said fragments of right of 
way are, so far as control and supervision of this Commission are 
concerned, left to revert to the adjoining and abutting property 
owners or to the control and supervision of the County Court of 
Lake County. The fragments of land to be abandoned are described 
as follows, to wit: 


All those certain sections of the old right of way 
of the Hunter Hill-Lakeview Section of the Fremont High- 
way lying on each side of the right of way required for 
the reconstructed Fremont Highway and lying between Mile 
Post 80 and Mile Post 135 of said highway, The begin- 
ning and ending points of each section to te abandoned 
with reference to the location and the engineer's sta- 
tions of the reconstructed highway are described as fol- 
lows: 


(Hunter Hill—Currier Ranch Section, Mile Post 80 to 
Mile Post 86, Exhibit A.) 


Station 3332+37 to Station 3325+52 on the easterly side of highway 
Station 3250+76 to Station 3243+80 .“ * westerly = 

Station 3198423 to Station 3189+92 " " " " " 
Station 3077+10 to Station 3061+69 " " e " " 


(Warlow Creek-Paisley Section, stile Post 97 to Mile Post 
98, Exhibit B.) 


Station 2421400 to Station 2400+00 on the westerly side on highway, 
being all that portion of the old right of way lying in the North 
one-half of the Northwest one-quarter of Section 24, Township 33 
South, Range 18 East, W. U., Lake County. 


(Chandler Park-Loveless Creek Sectjon, Mile Post 
126 to idile Post 129, Exhibit C.) 


(See next page) 
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and are shown shaded in red on the attached prints or maps; 


NOW, THEREFORE, the premises being in general as above 
stated, it hereby is resolved by this Commiss‘on, all members being 
present and affirmatively participating, as follows: 


1. The fragments or parcels of land which heretofore were 
within the right of way proper of the Hunter Hill-Lakeview Section 
of the Fremont Highway but which by reason of a relocation or re- 
alignment of said highway are now without the area improved and 
used by the traveling public, but are adjacent to and abut upon the 
said right of way, which parcels are shows shaded in yellow on the 
attached print, shall be preserved by the Highway Commission for 
such other public use as said land may serve in connection with the 
construction, improvement, and maintenance of said highway or the 
use of the same, which said parcels or fragments of land are de- 
scribed as follows, to wit: 


All those certain sections of the old right of way 
of the Hunter Hill-Lakeview Section of the Fremont High- 
way in Lake County lying on each side of the right of 
way required for the reconstructed Fremont Highway and 
lying between Mile Post. 80 and ile Post 135 of said 


highway. The beginning and ending points of each sec- 
tion to be retained with references to the location and 


the engineer's stations of the reconstructed highway are 
described as follows: 


(Hunter Hill—Currier Ranch Section, Mile Post 80 to 
Mile Post 86, Exhibit A.) 


Station 3376447 to Station 3369+54 on the westerly side of the highway 
Station 3310494 to Station 3304+79 " " " son " 
Station 3223+68 to Station 3213453 " " ® oo ” 
Station 3173482 to Station 3157+80 " " " or « " 


(Warlow Creek-Paisley Section, Mile Post 97 to 98, 
Exhibit B.) 


Station 2400+00 to Station 2387415 on the westerly side of the highway, 
being all that portion of the old right of way lying in the South one- 
half of the Northwest quarter of Section 24, Township 33 South, Range 18 
East, W. M., Lake County. 


(Chandler Park-Loveless Creek Section, file Post 126 
to Mile Post 129, Exhibit C.) 


Station 822400 to Station 812+18 on the easterly side of the highway 
" n 


Station 808+70 to Station 803460 " " " " " 
Station 798+30 to Station 780438 " " " “ " te 
Station 351450 to Station 741474 " " " " o om " 

" uw n " " " a 


Station 724+90 to Station 717+80 


highway purposes such use shall be entirely under the control and 
supervisicn of the County Court of Lake County and beyond any re- 
sponsibility or supervision by the State Highway Commission. 


The Commission considered the application of Mr. Floyd Wood to pur- 
chase a portion of state-owned property adjacent to the Warm Springs Highway 
about 6 miles north of Madras, in Jefferson County. The Attorney advised 
that the area in question is an old borrow pit containing 23 acres and that 
Mr. Wood has offered to pay $50.00 for the same, which is approximately the 
amount that the state paid for it. Also, that the land is of no value for 
state highway purposes. The Commission decided to sell the property to the 
bidder submitting the highest bid for the same, and ordered that the property 
be advertised for sale in the local newspaper. The Commission also ordered 
that, if the property is sold, the deed of conveyance contain a clause prohib- 
iting right of access to the highway from the property. 


The Commission also approved the sale of a small triangular-—shaped 
parcel of state-owned land in Medford to the Medford Corporation for the sum 
of $10.00, said parcel containing 46 sq. ft. of land and situate in iot 13, 
Block 8, Berryvale Addition to iedford. The Attorney advised that this area 
was included in the deed to the state from the Medford Corporation by mistake 
and that the Corporation has asked that it be reconveyed to it in order to 
clear its records. 


The Commission also approved the sale to Della A. Lindeman, Medford, 
for the sum of $10.00, of a small parcel of land lying outside of the right 
of way, in Lot 21, Block 7, Berryvale Addition to Medford, for use as ap- 
proach to her service station. 


The Commission discussed the claim Mrs. B, Huslik, Bend, for dam- 
ages that she alleges occurred to her propert#by reason of the state highway 
improvement on Franklin Avenue, in Bend. The ‘Assistant Attorney advised that 
Mrs. Huslik owns a service station at the corner of Third and Franklin Avenues 
which has been rendered more or less isolated by reason of the highway in- 
provement, particularly because ea curve has been introduced into the alignment 
at this intersection, taking traffic away from her place of business, and be- 
cause the center of the highway has been raised somewhat, although there has 
been no change whatsoever in the grade of the highway at the property line. 

As a consequence, he said, Mrs. Huslik, in order to save her business, has 
purchased adjacent property fronting on Franklin Avenue, for which she paid 
$2,500.00, and she is now asking such sum in settlement of her claim because 
she feels that the highway improvement has forced this expense upon her. 


The Assistant Attorney gave as his thought that the damages sus- 
tained by Mrs. Huslik have arisen out of change in location of the highway, 
for which the State Highway Commission has no legal obligation, hence would 
have no legal authority to compensate her. However, he gave as his thought, 
in view of the fact that Mrs. Huslik's business will be somewhat adversely af- 
fected by reason of change in location of the highway, that she is entitled 
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(Chandler Park-Loveless Creek Section continued) 


Station 851450 to Station 822+00 on the easterly side of the highway 
and lying north of the west line of Section 6, Township 37 South, 
Range 21 East, W. M., Lake County. 


(Crooked Creek-Salt Creek Section, Mile Post 130 to 
Mile Post 134, Exhibit D.) 


Station 587460 to Station 557+25 on the easterly side of highway 
Station 474490 to Station 418+40 " " " " " “ 


3. In addition to the foregoing descriptions of said frag- 
ments or parcels of land there are attached hereto prints or maps, 
marked “Exhibit A", "Exhibit B", "Exhibit C", and "Exhibit D"*, 
which by this reference are made parts hereof, and upon which maps 
there are shown shaded in yellow the parcels of land formerly with- 
in the old right of way, but which are now by this official act pre- 
served for public purposes, and upon which map there are shown 
shaded in red the abandoned sections of said right of way. Said ex- 
hibits or maps for identification purposes bear the signatures of 
W. E. Chandler, Division Engineer, H. G. Smith, Construction Engi- 
neer, and C, B. McCullough, Assistant State Highway Engineer, and 
bear date of April 2, 1940. * 


4. The Engineer hereby is instructed to properly and com- 
pletely mark on the ground the boundaries of the fragments of land 
to be retained by the Highway Commission by erecting and maintain- 
ing thereon proper monuments or posts upon which shall be inscribed. 
the words "State Property". 


5. In the event there remains any physical connection be- 
tween any portions of said abandoned right of way or highway and 
the present highway, and by reason of such physical connection traf- 
fic from the existing highway may enter or use the said abandoned 
portions of the old road to the possible damage or injury of such 
traffic by reason of any unsafe condition existing with respect to 
the said old or abandoned road, then the State Highway Engineer is 
hereby authorized and directed to erect such barricade or other 
safeguards as may be necessary to protect and safeguard traffic 
using and employing said newly located, constructed, and dedicated 
section of said state highway. 


6. That this resolution be entered in the minutes and — 
records of the Commission and a certified copy thereof 
delivered to the County Court of Lake County, together with copies 
of said exhibits or maps, for such gction as said County Court may 
desire to take with respect to the fragments of land to be aban- 
doned, and should said abandoned portions of the right of way of 
said Fremont Highway be further employed for public or private 


* Maps filed in Right of Way Abandonment and Retention File - No, 74 
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minor improvements. He requested authority for the expenditure of such sum. 
The Commission approved the request. 


The Attorney brought up for discussion matters pertaining to the 
proposed improvement of the Pacific Highway through Eugene. He pointed out 
that the Southern Pacific Railroad Company owns certain property in Universi- 
ty Addition to Eugene which may be needed for right of way for the new in- 
provement, although it is not definitely known at this time whether or not 
the railroad company's land will actually be needed. He suggested that it 
would be advisable to write the railroad company and request that this prop- 
erty be not sold until the Highway Commission's plans for this improvement 
proms been finally approved. The Commission approved the suggestion and so 
ordered. 


The Assistant Attorney brought to the attention of the Commission 
the fact that fronting on Block 25 of the town of Dundee, between 9th Street 
and 10th Street, which section is now being reconstructed as a state highway 
route, certain gasoline pumps, a pump island, and storage tanks have been in- 
stalled, all within the limits of the highway right of way, which facilities 
will conflict with the construction of sidewalks in connection with the high- 
way improvement. He suggested that formal demand should be made upon the 
City of Dundee to cause the removal of these encroachments in order to permit 
the proper construction of the highway project, it being his thought that 
this is an obligation of the city. The Commission concurred in the viewpoint 
of the Attorney and thereupon instructed the Secretary to ask the city au- 
thorities, by letter, to have these encroachments removed. 


The matter of constructing a fire trail across certain property ac- 
quired from the Sunset Logging Company adjacent to the Wolf Creek Highway 
had the attention of the Commission. It appears that in connection with the 
rules and regulations of the State Forester, the Sunset Logging Company, 
which owns the adjacent land, has been ordered to construct a fire trail 
around the tract sold to the state, and the Sunset Logging Company has ob- 
jected thereto because of the cost involved and because it does not appear 
to the company to be necessary. Furthermore, the company would not have been 
required to construct a fire trail around this property had it retained title 
to the same, inasmuch as the State Forester's regulations do not require such 
fire trails where private properties abut on public roads. The Attorney ad- 
vised that the tract,in question contains 22 acres. He was instructed by the 
Commission to discuss the matter with the State Forester in an endeavor to 
secure modification of his requirements so as to avoid the expense. In the 
event that the State Forester still demands that the fire trai be construct- 
ed, then the Commission authorized an expenditure of state highway funds to 
pay one-half the cost thereof. 


The Engineer reported that approximately 50 M-FBi untreated used 
timbers have been salvaged from the contract for the lining of the Arch Cape 
tunnel, which material, he said, is in random lengths, is in rather bad con- 
dition, and has no structural value for any state use. He requested authori- 
ty to advertise it for sale at the next meeting of the Commission. The Com- 
mission approved the request. 


1940 


= 


Fe. SOT IR ERE 


ee ee es 


9535 


to some compensation therefor, and recommended the payment of $500.00 as com- 
plete and full settlement of her claim. After discussion the Commission by 
unanimous vote approved the recommendation. 


The Commission also considered the claim of J. N. Whitman, Dundee, 
for additional compensation arising out of the reconstruction of the Pacific 
West at this place. It appears that when the original settlement was 
effected with Mr. Whitman providing for right of way needed for this improve- 
ment nothing was said about reconstructing the concrete curb in front of Mr. 
Whitman's premises, which curb was destroyed by the highway improvement, and 
Mr. Whitman now wishes the curb replaced or that he be paid the sum of $20.00 
in lieu thereof so he can replace it himself. The Commission considered Mr. 
Whitman's claim reasonable and thereupon authorized the payment of $20.00 to 
him for such purpose. 


The Commission had under discussion the matter of consenting to the 
vacation of a portion of 8th Street in Albany for a short distance at the 
point where said street connects with the new route of the Pacific Highway, 
more particularly described as follows: 


Beginning at a point where the south line of the new Pacific 
Highway intersects the south line of Eighth Street or the north 
line of Block 5 in Bryant's Addition to Albany, Oregon; thence 
easterly along the north line of said block to the east end of 
said Eighth Street, thence North 00°56' West 30 feet to the south 
line of said highway, thence South €6° 46' West along said high- 
way to the place of beginning, containing 1125 square feet. 


The Attorney and the Engineer advised that this street is of no value from 
the State Highway standpoint or for any general public use whatsoever and 
that the city intends to vacate it and in connection therewith needs the con- 
sent of the State Highway Department because the street abuts on the state 
highway right of way. They recommended that the Commission join with the 
other property owners in consenting to the vacation. The Commission approved 
the recommendation unanimously and thereupon signed a form of consent relat~ 
ing thereto, as prepared by the Attorney. 


The Assistant Attorney advised that the State Highway Department 
owns several residence buildings in Pendleton and that the renting of the 
same is in the hands of a local real estate agency which advises that it is 
having difficulty in securing desirable tenants in two of the houses because 
they are in need of repair. He said that investigation reveals that it would 
cost about $90.00 to put these buildings in satisfactory condition, and re- 
quested authority to proceed with the improvement. The Commission approved 
the request unanimously. : 


The Assistant Attorney also reported that the Gibson house, which 
was acquired by the Commission in connection with the acquisition of right of 
way for the South Salem improvement of the Pacific Highway, is in need of re- 
pair to make it rentable. He estimated that it would cost about $25.00 to 
make the repairs, consisting of the installation of a trash burner and other 
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19-1919 = Cottonwood Creek+Lakeview Section, Klamath Falls- 
Lakeview Highway, Lake County. 
2nd authorization — $100.00 
Total to date $150.00 


20-2840 - Blackly~Long Tom River Section, Siuslaw Highway, 
Lane County. 2nd authorization — $964.50 
Total to date $1,500.00 


22+2825 - Trout Creek-Toll Creek Section, Santiam Highway, 
Linn County. lst authorization — $1,800.00 


22-2824, - Albany—Lebanon Section, Santiam Highway, Linn Co. 
lst authorization ~ $700.00 


124-2831 - Mt. Angel Section, Hillsboro-Silverton Sec. Hwy., 
Marion County. lst authorization - $100.00 


— 224-2832 — Salem-Roberts Corner Section, So. River County Rd., 
Marion County. lst authorization — $2, 400.00 


— 26-2844, - Steel Bridge-Barbur Blvd. Section, Front Street, 
Multnomah County. st authorization — $3,500.00 


28-2808 — Spanish Hollow Section, Columbia River Highway, 
Sherman County. lst authorization - $125.00 


30-2829 - Battle Mt. Park Section, Pendleton—John Day Highway, 
Umatilla County. lst authorization — $150.00 


131-2820 - Meadowbrook Section, Starkey Secondary Highway, 
Union County. lst authorization - $300.00 


33-2819 - Shaniko-The Dalles-California Highway, Sherman Hwy., 
Wasco County. 5th authorization -— $500.00 
Total to date $4,500.00 


33-2823 - Cow Canyon Section, The Dalles-California Highway, 
Wasco County. ist authorization — $600.00 


36-2810 — DeerCreek-Bellevue Section, Salmon River Highway, 
Yamhill County. 3rd authorization — $400.00 
Total to date $3,506.18 


64-5032 ~ Pacific, Columbia River, The Dalles-California, Ore- 
gon Coast, and Old Oregon Trail Highways. 
lst authorization — $4,000.00 


The Engineer reported that Contracts Nos. 2205, 2212, 2214, 2253, 
2261, 2272, and 2279, for the construction of state highway projects, have 


The Engineer presented a list of surveys that he has ordered since 
the last meeting of the Commission and asked the Commission to confirm them 
and the amounts allocated for each. After due consideration the Commission au~- 
thorized and instructed the Engineer to make such location surveys on various 
sections of the highways of this state, which said sections of highways, to- 
gether with their identifying location survey numbers and the amounts author- 
ized and allocated for such survey expenditures are as follows: 


Reconn.- — — - 202-2821 — Lobster Mt.-Five Rivers Junct. Section, Benton and 
Lincoln Co. Roads. ist authorization — $400,00. 
Plans - - - - 103-2824 ~ Clackamas Grade Separation, Cascade Secondary Hwy., 
Clackamas County. lst authorization - $1,000.00. 
Plans ---- 32825 -— Pudding River Bridge, Pacific Highway East, Clacka~ 
mas County. lst authorization - $800.00. 
Plans - - - — 103-2825 - Market Rd. #10-Kaylor Junct, Sect., YWoodburn-Mt.. Hood 


Sec.Hwy., Clackamas County. 
lst authorization - $750.00 


Reconn. --- 62820 - Reedsport-Coos Bay Section, Oregon Coast Highway, 
Coos County. 2nd authorization - $400.00 
Total to date $1,600.00 


Gravel Pits — 107-2812 — Deschutes County Line-Ochoco Highway, O'Neil Sec.Hwy., 
Crook County. lst authorization - $400.00 


Gravel Pits - 107-2811 - Crooked River Hwy.—Paulina Section, Crooked River 
'  Sec.Hwy., Crook Co. ist authorization - $500.00 


8-2813 - Port Orford-Rocky Creek Section, Oregon Coast Hmy., 
Curry County. 2nd authorization - $1,000.00 
Total to date $1,150.00 


Plans - - - 


Plans ----— §-2829 - Bend-North Section, The Dalles-California Hwy., Des- 
chutes County. lst authorization — $250.00 


Plans ----— 11-2810 - John Day River-Squally Hook Section, Columbia River 
Hwy., Gilliam County. 2nd authorization ~ $390.00 
Total to date $827.50 


17-2811 — Sexton Mountain Section, Pacific Highway, Josephine 
County. 2nd authorizatiom - $2,400.00 
Total to date $3,000.00 


Plans ---—- 18-2844 — Chemult Section, The Dalles-California Highway, Klem- 
ath County lst authorization ~ $200.00 


j 


18-2845 - Klamath Section, The Dalles-California, Klamath Falls- 
Malin, and Kiamath Falls-Lakeview Highways Klamath Co. 
lst authorization - $865.00 
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The Commission had under discussion the setting of a date for its 
next regular meeting in June and decided to hold such meeting in Portland 
on Thursday and Friday, June 13 and 14, at which meeting bids will be re- 
ceived for highway construction projects. The Secretary was instructed to 
make the usual arrangements to hold this meeting in the auditorium on the 
third floor of the Public Service Building. The Commission also set Thurs- 
day, May 23, 1940, as the date for an interim meeting in Salem for the dis- 
posal of accumulated routine matters. 


The Commission considered and signed agreements, et cetera, as fol- 
lows: 


agreement with the Southern Pacific Company providing for the 
use of certain jointly—owned poles of the Western Union Telegraph P 
Company and the Southern Pacific Company between Salem and Geer, 
in Marion County, for use in connection with the Highway Depart- 
ment's remote control radio setup. 


Agreement with the Southern Pacific Company covering con- 
struction of the Davies Undercrossing on the Wolf Creek Highway, 
in Washington County. 


Agreement with the United States of America, Division of 
Grazing, providing for the construction by the Division of Grazing 
of certain stock fences on the right of way of the Central Oregon 
Highway, the Old Oregon Trail, and the John Day Highway. 


Agreement with Agnes Teedor providing for the installation of 
a cipoletti weir in a highway culvert, which culvert is located at 
the point where the I.0.N. Highway crosses Crooked Creek, in the 
SES, NEG Sec. 24, T. 33 S., R 39 E., W. M., Malheur County. 


nt with Clatsop County providing for the maintenance 
by the county of the Warrenton-Fort Stevens County Road after 
construction by the state as a federal aid secondary highway, 
being designated as Project No. FAS 66-A(1). 


Agreement with iultnomah County providing for the maintenance 
by the county of the county road known as Skyline Boulevard after 
construction by the state as a federal aid secondary highway, being 
designated as Project No FAS 71-A(1). 


Agreement with the City of Florence providing for the improve- 
ment of an extension of Lincoln Street in Florence as a connection 
between the old and new routes of the Oregon Coast Highway. 


Approval of assignment given by Wayne A. Shaw to H. D. Bost- 
wick, being the assignment of $1,500.00 which will be payable to 
Mr. Shaw by the State Highway Commission in accordance with agree~ 
ment dated March 22, 1940, relative to the construction of a re- 
lief map of the State of Oregon. 
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been completed according to the requirements of the contracts or modifications 
thereof, and that said jobs are now ready for acceptance. The following reso- 
lution accepting the above projects was offered and was adopted by the unani- 


mous vote of the Commission: 


WHEREAS, the Engineer has reported that the following 
State Highway Commissic : contracts for the construction of state 
highway projects have been completed according to the terms and 
provisions of the contracts and said jobs are now ready for ac- 
ceptance: 


Contract No. 2205, with Morrison-Knudsen Company, 
for clearing, grading, and embankment construction on 
the East Unit, Troutdale-Corbett and Bridal Veil-Benson 
Park Sections of the Columbia River Highway, in Multno- 
mah County. Completed March 30, 1940. 


Contract No. 2212, with J. F. Johnston, for bridge 
construction over West Fork Dairy Creek and Nehalem River 
on the Wolf Creek Highway, in Washington County. Com- 
pleted March 31, 1940. 


Contract No. 2214, with McNutt Bros., for tunne? 
enlargement and timber lining in the Arch Cape Tunnel, on 
the Oregon Coast Highway, in Clatsop County. Completed 
March 30, 1940. 


Contract No. 2253, with A. S. Wallace, for furnish- 
ing crushed rock in stock piles on the Nehalem River 
Sunset Summit Section of the Wolf Creek Highway, in Clat- 
sop and Washington Counties. Completed April 9, 1940. 


Contract No. 2261, with i. L. O'Neil & Son, for 4.08 
miles grading on the Cow Hollow Creek—Owyhee School Section 
of the Vale-Adrian County Road, in Malheur County. Com- 
pleted April 13, 1940. 


Contract No. 2272, with Walter J. Stutte, for con- 
struction of frame building and addition to existing main- 
tenance building at Medford, Jackson County. Completed 
April 13, 1940. 


Contract No. 2279, with Birkemeier & Saremal, for 
the construction of the C.0.I.D. Canal on the Ochoco High- 
way, in Crook County. Completed March 27, 1940. - 


THEREFORE, BE IT RESOLVED that the work covered by said 
state highway contracts for the construction of said state highway 
projects be declared completed according to the terms of the respec- 
tive contracts, and said jobs are hereby accepted and final payment 
in connection with each is hereby authorized. 


Salem, Oregon, May 23, 1940 


The State Highway Commission met in special session at 10:30 a. m. f* 
in the office of the State Highway Engineer, Room 325, State Office Building. 
Present were: 


Henry F. Cabell, Chairman 
Huron W, Clough, Commissioner : 
R. H. Baldock, State Highway Engineer ie 
J. M. Devers, Attorney aoe 
H. B. Glaisyer, Secretary 


Commissioner Herman Oliver was excused from attending this meeting. 


Commissioner Clough brought up for discussion matters pertaining to 
the paving contract on the Pacific Highway south of Grants Pass. He advisea to 
that he has received numerous complaints from businessmen in the district to ae 
the effect that if the Highway Department adheres to its present plans to con- u 


struct this pavement, using slow-setting cement, their businesses will be ad- 
versely affected in that they will be deprived of their regular business by 
reason of the fact that the highway will be closed for such a long period dur- 
ing the time that the concrete is curing. Particularly does this affect the 
business establishments along a short section about 500 feet long, and the 
suggestion has been made that quick-setting cement be substituted for the 
ordinary cement at this particular location. After discussion the Commission 
authorized the Engineer to make such’ substitution of materials as may be con- 
sistent with current practice. 


ate ie 


The Commission discussed the application of S. U. Johnson for a per- 
mit to transport logs directly across the Columbia River Highway at a point 
about 300 feet east of Mile Post 62, just west of Hood River. It appears 
that Mr. Johnson has about 500 i-FBM of timber to move and that there is no 
other way to get the logs to the Columbia River. After discussion the Com- 
mission authorized the granting of the permit to ifr. Johnson provided he will 
maintain flagmen on the highway at the point of crossing during the time that 
his operations are under way. 


In this connection the Commission also considered the request of 
the Murphy & Nelson Logging Company of Portland to transport logs over the 
Columbia River Highway from lile Post 63.9 to ifile Post 62.4, west of Hood 
River. The Engineer recommended approval of this request if a test run of a 
load of logs shows that they can be moved over this section of highway with- 
out any part of the load or hauling equipment extending across the center 
line of the highway at any point; and provided, further, that flagmen be 
maintained at the point where the loads enter the highway when operations are 
under way and that the back end of the logs do not project over the center 
line stripe at the point where the logs leave the highway. The Commission 
approved the recommendation unanimously. The Engineer was instructed to in- 
vestigate the conditions at the point where it is proposed that the loads 
leave the highway and to do whatever is necessary to ease off the curve of 
the approach road so as to insure that the loads, when leaving the highway, 
will not project across the center-line stripe. 
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Permit authorizing the Consolidated Freightways, Inc., to 
transport over certain state highways certain equipment unladen 
or with load. having a maximum height of 1] feet 6 inches (Does 
not cs Pacific Highway, which is subject of a separate per- 
mit. 


Permit authorising the B. E. Maling Inc., Hillsboro, to move 
over the Columbia River Highway between Astoria and The Dalles 
ove over the Tualatin Valley and the Yolf Creek Highwaysbetween 
Hillsboro and Portland, certain peaviner equipment having an over- 
all height of 13 feet 8 inches, 


Easement agreement with G. B. Matthews et al providing for a 
detour road around Crater Lake Highway construction work, in Jack- 
son County. Right of Way File No. 7229. 


Easement agreement with C. C. Seeley and wife, providing for 
the construction of a fire trail across the Seeley property at 
Short Sand Beach State Park, in Clatsop County. 


Easement agreement with George E. Huntley and wife, providing 
for right of way for the construction of a water system across the 
Huntley property for use in Short Sand Beach State Park. 


Application to the Department of the Interior for a patent to 
certain government—ored lands situate in Douglas County. 


Bargain and Sale Deed, conveying unto Helen L. McConnell, for 
the sum of $2,250.00, 0.25 acre of land situate adjacent to the 
Grants Pass-Green Creek Section of the Pacific Highway, in Govern~ 
ment Lot 7, Section 19, T. 36 S., R. 5 W., W.M., Josephine County. 
Right of Way File No. 7203. 


Bargain and Sale Deed conveying unto 0. A. Steen and Augusta 
Steen 2 parcels of state-owned property situate adjacent to the 
right of way of the Pacific Highway, in Lot 1, Block 31, Hacklemans 
Second Addition to Albany, containing 1342.4 and 2916.8 sq. ft., 
respectively Right of Yay Transaction No. 4974. 


Quit Claim Deed conveying unto the Shevlin-Hixon Company 2.12 
acres of land situate adjacent to the Century Drive Secondary High~- 
way in the Sh,SW4,Sec. 25, T. 18 S., R. 10 £., W.il., Deschutes 
County. Right of Way Transaction No. 7411. 


There being no further business to come before the. Commission at this 


time, the meeting was adjourned at 5:00 p.m. 
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Commission considered it advisable to try out a test case in court. The Com- 
mission's decision in this matter was deferred pending an opinion from the 
Attorney. 


The Engineer reported that certain interests contemplate the truck- 
hauling of logs over a section of the Siletz Secondary Highway, in Lincoln 
County that is very definitely only a one-way road, particularly the section 
between Mile Post 6 and Mile Post 9.6, south of Kernville. Portions of this 
road, he said, are very narrow and in very poor condition for such heavy 
hauling. He questioned the advisability of permitting any log-hauling what- 
scever on this section. After discussion the Commission instructed the Engi- 
heer to discuss the matter with the logging operators and ascertain whether 
or not it would be possible to handle their logs in some other manner, such 
as dumping them into the Siletz River opposite the section of the highway 
where logging operations are not prohibited. He was also instructed to in- 
vestigate and ascertain what it would cost to widen this section and to im- 
prove it sufficiently to withstand logging traffic. 


The Commission discussed the complaint from Mrs. Wm. Lindblad, 
Marshfield, who alleges that the traffic island installed on the Oregon Coast 
Highway in front of her place of business in the Bunker Hill District has 
caused her considerable loss of business, Mrs. Lindblad asked for the re- 
moval of this traffic island so as to give traffic more easy ingress to her 
premises and to provide a larger parking space in front thereof. The Engi- 
neer advised that Mr. and Mrs, Lindblad own a beer parlor and dance pavilion 
at this point and that the complaint apparently is against the establishment 
of a one-way street in front of this place, which is located at the point 
of intersection of the Oregon Coast Highway and the Coos River Secondary High- 
way. He further advised that both highways carry considerable traffic and it 
is necessary, in order to minimize the possibilities of accidents occurring, 
to arrange a division of traffic, including one-way travel sections, which 
could only be accomplished by the installation of the traffic island in front 
of the Lindblad establishment. He further advised that Mrs. Lindblad's com- 
plaint has been thoroughly investigated by Division Engineer K. D. Lytle and 
Traffic Engineer John Beakey, both of whom are of the opinion that traffic 
is now being adequately handled at this intersection and who feel quite 
strongly that any revision in the highway as now constructed will destroy the 
effectiveness of the intersection and will increase the traffic hazard. He 
recommended that the request for the removal of the island be denied. The 
Commission approved the recommendation. 


The Engineer reported briefly on matters pertaining to the acqui- 
sition of additional right of way needed for the improvement of the Columbia 
River Highway past the Indian village at Celilo, in ‘lasco County. He said 
that he has received information from the U, S. Indian Service to the effect 
that it cannot take any action to assist the State Highway Department in se- 
curing this additional right of way unless and until all of the Indians con- 
cerned are in agreement as to the plans. He suggested, in view thereof, that 
it might be possible to cecure the consent of the Union Pacific Reilroad Com- 
pany to further encroachment upon the railroad property, and requested au- 
thority to take the matter up with the railroad company. He also requested 
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The Commission had under discussion matters pertaining to the pro- 
posed Front Ave. project, Portland. It was pointed out that the people of the 
city of Portland at the primary election on Friday, May 17, approved the bond 
issue to secure funds to purchase right of way for this improvement and in 
view thereof the Engineer and the Attorney requested instructions relative to 
the contracting of the work and acquisition of the right of “ay. It was also 
pointed out that, in order to make this project eligible for federal funds, 
the route would have to be placed on the federal aid system and that it would 
be advisable to designate it as the state highway route. The Commission ten- 
tatively approved the placing of the Front Avenue route on both the federal aid 
and state highway systems but deferred final action thereon until its regular 
meeting on June 13 when all Commissioners will be present. The Engineer was 

structed in the meantime to send full information in regard to the project 
to W. H. lynch, District Engineer, Public Roads Administration, and to advise 
him of the Commission's intention in this matter. 


The Attorney reported a number of inquiries as to when the Commis- 
sion would need the extra-width right of way, particularly inquiries from the 
owners of buildings that are occupied by tenants who will be required to va- 
cate. The Engineer requested authority to negotiate with the owners of the 
Steel Bridge, over which traffic is to be routed fram the west side of the 
Willamette River to the east side. The entire matter was discussed by the 
Commission at considerable length and the feeling was expressed that the Com- 
mission should not make a final commitment to this project until all matters 
pertaining to the right of way and the use of the Steel Bridge have been sat- 
isfactorily disposea of. The Commission referred the entire matter to Chair- 
man Cabell to work out the details in connection therewith, with the under- 
standing that he would report his findings to the Commission at the meeting 
on June 13 for final action. 


Mr. W. H. Lynch, District Engineer, Public Roads Administration, was 
present and brought up for discussion the matter of programming the fiscal 
year 1941 federal lands moneys which, he said, amount to approximately $129,000 
although only about $65,000 is immediately available for contracting. The Com- 
mission decided tentatively to allocate these funds to the Warm Springs High- 
way; however, deferred a definite decision in that regard until the next meet- 
ing when Commissioner Oliver will be present. The Engineer was instructed to 
provide in the meantime a list of projects that are eligible for the full 
amount of these funds, it being the Commission's intention to select from such 
list for contracting in the near future only a sufficient number of projects 
to take up the funds that Mr. Lynch advised are immediately available. 


The Engineer discussed with the Commission the matter of enforcing 
the Commission's orders with respect to the construction of channelizing -is- 
lands on the highway right of way in front of service stations. He advised 
that he is conscientiously endeavoring to comply with the Commission's rulings 
in this regard but has encountered considerable difficulty in that the service 
station owners, for the most part, object to the islands and destroy them 
about as fast as they are installed, He declared that the trouble in handling 
these cases is entirely out of proportion to the time spent by Highway Depart- 
ment employees in connection therewith and he inquired whether or not the 


Cabell to discuss with the Public Utilities Commissioner. He was authorized 
to inform the Public Utilities Commissioner, if necessary, that the Commis- 

sion will take the matter to court if he (the Public Utilities Commissioner) 
insists upon construction of a grade separation structure at this point. 


The Commission adjourned at 1:00 p.m. and reconvened at 1:30 p. nm. 
in the same room, with the same persons present and participating. 


The Assistant Attorney reported the status of the 1940 right of way 
budget. He pointed out that the Commission budgeted $600,000.00 for this pur- 
pose and that up to the present time there has been obligated to right of way 
purchases the sum of $275,000.00. The Commission approved the report. 


The Attcrney requested authority to acquire certain parcels of real 
property that are needed for various highway improvements throughout the 
state. He submitted a list of such properties together with prices that he 
recommended be paid for each. After careful consideration of each item the 
Commission approved the request and by unanimous vote adopted the following 
resolution in regard thereto: 


WHEREAS, in connection with the further improvement of 
the highways hereinafter designated, it is and has been necessary 
to acquire property for right of way, quarry sites, gravel or other 
material sites, or sites for the storage of materials, as herein- 
after more definitely set forth; and 


WHEREAS, as a result of negotiations carried on with the 
owners of the property required, options have been obtained, which 
options have been considered by the Commission, outlining the bases 
of settlement which have been agreed upon; and 


WHEREAS, it is the judgment of the Commission that the 
said options should be approved and accepted, and/or the said re- 
ports be declared acceptable to the State Highway Commission as 
bases of settlement for the properties involved, and that the ac- 
quisition of the properties should be completed: 


NOW, THEREFORE, BE IT RESOLVED that the several offers, 
or bases of settlement hereinafter enumerated be, and the same 
hereby are, approved and accepted, and that the Attorney for the 
State Highway Commission be, and he hereby is instructed to com- 
plete the acquisition of the said properties and to take title 
thereto in the name of the State of Oregon. The said properties 
hereby ordered and authorized to be acquired are as follows: 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Houlton-Warren Section — Columbia e 
74,26—Huston, S. C. B/W 1576 sq.ft. 5¢ sq.ft. + $371.20 McChesney 


may23 1940 
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authority to conduct a topographic survey of the entire area on 1-foot or 2- 
foot contours so as to have this information available and to make it possible 
for him to discuss the matter more intelligently with the representatives of 
the Indians and the Indian Service when negotiations are resumed. The Commis- 
sion apprceved the Engineer's request unanimously. 


The Engineer presented a report on investigations of the coun- 
ty road between Elsie and Jewell, in Clatsop County, which road the Clatsop 
County Court wishes designated as a state secondary highway, and his investi- 
gations of the proposed road connecting the Wolf Creek Highway and the Nehalem 
Secondary Highway between Elsie and Fish Hawk Falls, being a suggested alter- 
nate connection between these two state highways. The Engineer compared the 
solvency and benefit quotients for each route, as computed from the economic 
survey, and presented figures on the cost to construct each of the alternate 
routes. He recomaended the adoption of the Elsie-Fish Hawk Falls Road as a 
state highway when the Commission is ready to make such designation, and the 
maintenance of the present road between Elsie and Jewell by the state as a 
state highway detour until such time. 


In this connection the Engineer also reported on the encroach- 
ments of logging facilities on the present road between Elsie and Jewell, 
which report indicates that there is nothing definite as to how long logging 
operations in this vicinity will be carried on and when the facilities will 
be removed from the highway. The Commission deferred action on this matter 
until its next regular meeting in June. 


The Engineer reported briefly the results of traffic counts to 
determine the volume of traffic that is using the Tualatin Valley Highway be- 
tween Portland and Forest Grove. He said that since the opening of the Wolf 
Creek Highway for public use there has been a large increase in the volume of 
traffic over this highway and there is every reason to believe that there 
will be a further increase when the Wilson River Highway is opened to general 
public travel. He gave figures to show the volume of traffic in 1939 as com 
pared with the count taken in 1936, which reveal that there has been an in- 
crease in automobile traffic of 25 per cent between Forest Grove and Cornelius 
and approximately 10 per cent at the Multnomah—Yashington County line. In 
this connection the Engineer brought up for discussion the Commission's appli- 
cation to the Public Utilities Commissioner for authority to maintain a grade 
crossing of the Wilson River Highway and the Consolidated Timber Company's 
railroad at Glenwood. It appears that the Public Utilities Commissioner has 
not as yet handed down his order with respect to such matter and there is a 
question whether or not he will permit the highway to be constructed across 
the railroad at grade, it being the contention of the engineers in his office 
that the highway and the railroad should be separated, particularly in view 
of the fact that logging trains are being operated on this railroad without 
air, under authority of permit from the Interstate Commerce Commission, mak- 
ing it difficult for the trains to stop when once in motion. Suggestion was 
made that the Public Utilities Commissioner might approve a crossing at grade 
if all highway traffic were required to stop before crossing the railroad 
tracks and if the State Highway Commission would install appropriate railroad 
crossing stop-signs. This matter was referred by the Commission to Chairman 


9548 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


uaw Creek Section = Oregon Coast Highwa 
892A-Stonefield, Geo. P., Stock Pile 0.459 3-yr.lease, $25 yr. Gardiner 
Jack C. Schreiber 


(Correction) 
Day's Creek Bridge Section — Tijer-Tratt Highway 
8110-—Montgomery, Ida 0.29 Gratis Lytle 
S1l1-Hill, C. C. ° 0.34 Gratis " 
7959-Raymond, Ada Lillie id 1.33 $50 per a., + $60 Parker 
(Correction) 
Cushman Ranch-Trail Section — a ve 
8023-Mercer, Buford Leslie 1.24 $10 per a. Benson 
7141-Horn, Willard F. " 4.65 $150 Lump Sum r 
Algoma Point-Barclay Springs Section — The Dalles-California Highway 
8129—Hagelstein, George Easement ) $187.50 Lump Sum Benson 
8130-Hagelstein, John Easement (Detour Road $25 Lump Sum " 
8131-Cox, Albert G. Easement ) $20 Lump Sum (60-day " 
easement ) 
z Mt.— Valle tion — th Falls- view 
7889-Oregon Land & Live- " 12.18 $2.50 per a. Benson 
stock Co. ‘ 
7902~Oregon Land & Live- Gravel Pit 
stock Co. Haul Road 4.36 $2.50 per a. . 


Parker Mountain Section — Green Springs Highway 
2527, 8-Wweyerhaeuser Timber 0.15 Renewal lease, Gratis 
Company Stock Pile 0.17 Renewal Lease, Gratis 


#374-375 Collins 


— Count ct — Centr on Highwa 
6140—Deschutes County i 20. Gratis Devers 
Ban t ~ Coast hwa: 
5370-Cox, John H. ae 1060 sq.ft. 5¢ sq.ft. Gardiner 
7764-Manciet, H. F. . 4313 sq.ft. 20¢ sq.ft., + moving 

bldgs. (Est. $700) e 

7805-Miller, Clara A. " 530 sq.ft. 5¢ sq.ft. " 
5367-Miller, Clara " 213 sq.ft. 75¢ sq.ft. " 

ford—E e ion - n Coast 
2563A-Knapp, Louis L. Park- 5 lots Gratis Collins 


Pr = Qchoco Highway 
7602 — Vaughn, Earl 77 Slope Easm't-200 sq.ft. Gratis Benson 
" 


7604-Thorne, Frank Slope Easement 200 sq.ft. " 
7605-Chambers, Leland il." ad 200 sq.ft. " 
7606-iicKay, William " " 200 sq.ft. " " 


Section, iwy., and Omer Purpose Acres Approximate Amounts Agent 


bic: tion — R: 
8108—-Duerst, John an 0.24 $150 per a. + $32 McChesney 


8109-Burchell, Martha E. " 0.16 $150 per a. + $31 ® 

8107—Russell, Anna M. " 0.16 $150 per a. + $34 " 

Timber Section — Glenwood-Timber County Road 

8038-Gill, Virgil Stock Pile 1.0 3+yr.lease at $5 per yr. 
Collier 

Nehalem Spit Sect = on Coast hwa 

7374-murphy, Chester G. Park l lot $50 per lot (State to 


assume pay't of tax- 
es, also 1940) DeSouza 


's River Bridge-Lincoln School Section — Pacific 
8125-Durrell, Susan Gravel Pit 9.64 (pit) 
and Haul Road 0.116 (haul road) 
$1500 Lump Sum, + fencing, 
+ 5-yr.lease of small tract 
owned by state which will 
not be needed by state be- 
fore this time Goodnight 


: ve e Secti Pacific hway We 

7903-School District #23 2648 sq.ft. 23 sq.ft. Parker 
7904-Seal, Eva H. " 0.16 $653.40 per a,, + 

$33.75 = 
7905—Cummings, E. A. " 3685 sq.ft. 29¢ sq.ft. + $203.75 " 
7906—Webb, Elmer 2094 sq.ft. 2¢¢ sq.ft. ® 
7907-Hopkins, Susanna " 3310 sq.ft. 24¢ sq.ft. + $20 * 
7908-Fischer, August. " 5446 sq.ft. 24¢ sq.ft., + $36.75, + 


a strip of land 20 ft. 

wide containing 0.11 a. 

at $1,000 per a. " 
7912-Nordenson, E. " t Land Gratis, + $68.86 " 


A Sect — Pacific hway East 
6401-Mountain States Power Go RA 0,38 Gratis Gardiner 


Corvallis—Monroe Section - Pacific Highway West 


8127-Wagner, H. L. Stock Pile 1.0 6-mo.lease,—- $1 Goodnight 
Monroe—Junction City Section — Pacific Highway West . 
8128-Strome, Lizzie Stock Pile 3.08 l1-yr. lease, $10 Goodnight 


Siletz Ba ction -Oregon Coast Highwa: 
4391-0'Neill, Chester B, BA 1.71 $600 per a, + $1474 Collins 


Eugene Section — Pacific Highway 
7933-Glisan, J. R. Maintenance 5050 sq.ft. 6¢ sq.ft. + $100 Collins 
(M. C. Harris) Site 


Right of Way Recommended Owner's 
File No. Owner ffer 
7872 G. Chappel and R. Young $246.00 -. 
5342 C. Ls Stearns 100.00 _— 
5341 Ralph York 421.80 aie a 


7855 Edmund Gallier 7.50 $947.00 


The Commission approved the request and by unanimous vote adopted the follow- 
ing resolution in regard thereto: 


WHEREAS, the State Highway Commission is by la author- 
ized and directed to lay out, locate, relocate, designate, con- 
struct, reconstruct, improve, and maintain a svstem of state high- 
ways in the State of Oregon, including both primary and secondary 
state highways, to acquire rights of way necessary therefor, and 
to declare the necessity and need for the acquisition thereof, and 
the advantages to be gained thereby; 


NOW, THEREFORE, BE IT aND IT HEREBY IS RESOLVED by the 
State Highway Commission as follows: 


1. That the State Highway Commission does hereby find 
and declare that it is necessary, will be of advantage to the State 
of Oregon, and is needful that the State acquire for right of way 
purposes for use in connection with the permanent location, con- 
struction, improvement, and maintenance of the following section or 
sections of the state highway system of the State of Oregon, to wit: 


Bandon Section of the Oregon Coast Highway 


real property owned by or in possession of the following parties 
and/or persons, to wit: 


R 7872-G. Chappel and R. Young 

R 5342-C. L. Stearns 

R 5341-Ralph York | 
R 7855-Edmund Gallier | 


and this Commission does hereby declare further that the said prop- 
erty or properties are necessary, are needful, and the acquisition 
thereof will be of advantage to the State of Oregon for right of 
way purpgses in order to make it possible for the State Highway Com- 
mission to properly locate, relocate, construct, reconstruct, and 
maintain said portion or portions of the said state highway system 
in accordance with standards adopted by this Commission relative 

to curvature, grades, alignment, drainage, and factors of safety. 


2. That the State Highway Engineer be and he hereby is 
instructed and directed to properly survey the parcel or parcels of 
land required for such right of way purposes and prepare proper 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts 


(Prineville Section continued) 
7608-Tobin, Henry J. Slope Easement 400 sq.ft. Gratis 


7607-Peterson, Loui ” . 200 sq.ft. 

7609-Reiten, Oscar R, " 7 200 sq.ft. . 
7611-Endicott, Fred ” ba 800 sq.ft. ” 
7612-Endicott, Madge i. " > 800 sq.ft. by 
7613-Austin, Varina P. " ® 400 sq.ft. " 
7614-Merrifield, John W." " 400 sq.ft. " 
7615-Stanton, Elizabeth " " 400 sq.ft. . 
7616-Smith, Sadie ° * 400 sq.ft. « 
7617-Crooks, America J. " ad 413 sq.ft. n 
7618—Berry, Glen %. * & 1200 sq.ft. ° 
7621-Duffy, T.E.J. ba ¥ 2033 sq.ft. bd 
7622-Carlin, Emery L. " " 800 sq.ft. " 
7623-iiller, Glen E. " " 400 sq.ft. " 
7624-Ammons, Virgil ” . 1200 sq.ft. . 
7625-Sordal, Ben A. ” bd 1263 sq.ft. " 
7626-Gerow, ua E. % * = be 
7635-Demaris, Edna " . 400 sq.ft. " 
7636—Brummer, Don i“ sd 140 sq.ft. " 
7637-danthey, Georgette " a“ 260 sq.ft. " 


7638-Basler, Agnes " 

7639-Basler, —— “ 

8117-—Bowman, A. R. « 
8120-Mayne, Alexander . Ki _ 

" 

" 


8121-Prather, Merlin Cg —_ " 
8122-Glasgow, Ray be 400 sq.ft. bd 

tion — She 
8101-Fisher, James W. 10.94 $10 per a., + $267 McChesney 
8102-Hinton, James E, " 24.0 $10 per a., + $150 " 
8104—Kinney, Richard I. " 3,62 $10 per a., + $55 " 
8105-Rooper Ranch, Inc. * 2.77 Land Gratis, + $85 " 
8106-Schmidt, Gladys G. Est. * 4.0 $10 per a., + $254.50 " 
Green Springs Highway — Jackson County 
2729-deyerhaeuser Timber Co. 0.39 Renewal Lease #373, 

Stock Pile Gratis Collins 

Silver Lake-Picture Rock Pass Section - Fremont Highway 
6779-Bolliger, F. E. R/W 169.96 $5.60 per a., + $565 McChesney 


(Correction Report) 


Agent 


The Attorney requested authority to condemn the following proper- 


ties in Bandon that are needed in connection with the improvement of the 


Oregon Coast Highway through that town, if satisfactory settlements with the 


owners cannot be reached otherwise: 


way2s 1940 


The Commission considered and denied the claim of J. W. Campbell Es- 
tate for damages on account of the change in grade of Water Street, in Oregon 
City, which is being reconstructed by the state as a state highway route. The 
Attorney advised that settlement in this matter was previously agreed upon by 
mutual consent but the Campbell Estate is now demanding an additional payment 
of $250.00 and that he could not recommend approval of the same because, in 
his estimation, the estate property has not been damaged. 


The Commission also discussed and denied the claim of the St. Paul's 
Episcopal Church of Oregon City for a connection to the highway viaduct on Ya- 
ter Street in Oregon City from the church property, the Commission considering 
that it is not obligated to build this connection at state expense. However, 
the Commission interposed no objections to the church constructing its own con- 
nection to the viaduct provided it will assume the whole cost thereof and will 
construct the same in accordance with state highway department standards and 
under the general supervision of the State Highway Engineer. 


The claim of J. N. Whitman, Dundee, for additional compensation by 
reason of change in grade of the Pacific Highway West in front of his premi- 
ses had the attention of the Commission. The Assistant Attorney advised that 
in connection with this highway improvement it was necessary to acquire some 
land from Mr. Whitman and that Mr. Whitman was assured at the time that the 
settlement was agreed upon that there would be no appreciable change in the 
existing grade line of the county road. However, it is evident that the 
plans were changed and as a result the highway was lowered 5 feet and the 
county road nearby was lowered 12 feet, in view of which Mr. Whitman is de- 
manding additional payment for damages, amounting to $150.00. He recommended 
payment of such sum in view of the fact that there was a mutual misunderstand- 
ing in the matter. The Commissioners expressed themselves as being reluctant 
to reopen any case that has once been settled; however, in this particular in- 
stance decided to pay Mr. Whitman $150.00 as recommended by the Attorney in 
view of the fact that there apparently was a bona fide misunderstanding on the 
part of both Mr. Whitman and the Right of Way agent. 


The Attorney presented a claim from the City of Toledo for the pay- 
ment of a paving assessment in front of a small parcel of state-owned proper- 
ty in that town. He recalled that the Commission recently adopted a general 
policy authorizing the payment of such paving assessments in front of highway 
department property, provided the city concerned pays such assessments in 
front of city-owned property, and, in this particular instance, previously 
approved the payment of the paving assessment in Toledo. However, subsequent 
investigation reveals that the tract is a small, three-cornered area and rep- 
resents only a very small fraction of the city lot of which it is a part, and, 
regardless of this fact, the city has charged the state for the paving in 
front of the entire lot. It was his thought that the charge is unfair and he 
suggested that the Commission pay the city on the square foot basis, limiting 
its payment to the percentage that the area of the state-owned tract bears to 
the area of the entire lot. The Commission approved the suggestion and so 
ordered, 


Reconsideration was given by the Commission to the request of J. 0. 
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Products Company relative to a right of way settlement at St. Helens. 


and adequate descriptions thereof, which descriptions shall be em- 
Ployed in the preparation of a deed or deeds or other instrument or 
instruments necessary to complete the acquisition of the said prop- 
erty or properties or which descriptions may be used in the prepa— 
ration of a complaint in the event that condemnation proceedings are 
necessary. 


3. That the boundaries of the said parcel or parcels of 
land, as defined and determined by the said survey made by the said 
Highway Engineer, along the route or location adopted by the Highway 
Commission, shall be and the same hereby are adopted and the lands 
defined therein are hereby declared to be and the same are included 
within the rights of way of the said portion or portions of the said 
state highway system and hereby are declared to be necessary for the 
proper location, improvement, construction, and maintenance of the 
said portion or portions of the state highway system. 


4. That I. H. Van Vinkle, Attorney General of the State 
of Oregon, and J. ii. Devers, Assistant Attorney General and Attorney 
for the State Highway Commission, be and they are hereby requested, 
authorized, and directed to attempt to agree with the owner or owners 
and/or with the tenants or persons in possession, if there be any, 
of said parcel or parcels of land with respect to the compensation 
to be paid for the taking of the same and the damage, if there be any, 
and in the event that no satisfactory agreement or agreements can be 
reached, then it is hereby further resolved that the Attorney Gener- 
al of the State of Oregon and J. M. Devers, Assistant Attorney Gener- 
al and Attorney for the State Highway Commission, be and they hereby 
are requested to commence and prosecute to a final determination such 
suit or action, or suits or actions, as may be necessary and appro- 
priate to acquire title to the said premises and all rights therein 
for the purposes herein stated. 


5. That this resolution be entered in full in the minutes 
and records of this Commission. 


The Attorney reported on the controversy with the Erickson Dairy 


pears that if the standard-width right of way is acquired in front of the 
Erickson Dairy Products Company it will require the cutting off of a portion 


of the company's concrete building and will also involve the re-establishment 


of the company's equipment, which is a costly undertaking and, in order to 


avoid this expense, the Attorney has endeavored to arrange a settlement which 


would leave the building and the equipment in its present location, although 


it does necessitate the construction of a sidewalk and a parking area in front 
It also appears that wr. Erickson at one time agreed to cer- 
tain arrangements with respect to the sidewalk and parking space but has since 
reconsidered and is now demanding the sum of $5,000.00 damages, 


of the building. 


the matter was deferred by the Commission pending personal inspection of the 
premises by Chairman Cabell and the Engineer. 


It ap- 


A decision in 


no law that would permit the State Highway Commission to pay expense of this 
kind, The Engineer advised that there is a question whether or not the W PA 
crew was responsible for the fire inasmuch as the fire occurred about a quar-— 
ter of a mile from the place where burning operations were being carried on. 
After considerable discussion the Commission decided not to pay this claim 
“but to suggest to the Consolidated Timber Company that it file its claim with 
the W%.P.A. officials. If it develops that W.P.A. funds cannot be expended 
for such purpose, then it is to be suggested to the company that it present 
its claim to the legislature. The Engineer wa structed by the Commission 
to permit no burning operations whatsoever in q@@finection with highway work 

at any time, except under supervision of the F Warden, and to do every- 
thing possible to protect private interests whenever burning operations are 
being carried on. 


The Engineer discussed with the Commission the letter from Mr. E. 

J. Griffith, State Administrator for the orks Progress Administration, rela- 
tive to certain work that was prosecuted under the Yolf Creek Highway %.P.A. 
project, particularly certain labor performed in connection with the improve- 
ment of 7 parcels of private property near the town of Manning. According 

to Mr. Griffith, W.P.A. labor was employed in the constructing of driveways 
to these private properties, which work the state was obligated to do as a 
right of way consideration, hence could not be paid with W.P.A. funds, Fur- 
ther, that the total expenditures in connection with such undertaking amount- 
ed to $6,670.25, for which sum the Government is now asking reimbursement 

from the state. The Commission instructed the Engineer to investigate this 
claim thoroughly and report his findings at the next meeting. Also, to se- 
cure from the Attorney an opinion as to the Commission's legal authority to 
pay the claim. 


Commissioner Clough reported the results of his investigation of 
the Mildred K. Colvin property in Curry County, which property Mrs. Colvin 
desires to sell to the state for park purposes. He said that he inspected 
this property in person and found it to be a beautiful tract well worth while 
as an addition to the state parks system. Of the 327 acres in the area, he 
said, approximately 50 acres is semi~open land, the balance containing a 
growth of scrub timber. A creek flows through the property and it would not 
be difficult to construct a roadway through the property from the highway to 
the beach, on which the property fronts. He gave as his thought that the 
tract would be particularly appealing to people who are looking for a restful 
recreational area and advised that, from his personal standpoint, the tract 
is more desirable for state park purposes than the Cape Sebastian State Park 
nearby, which he also inspected. He also gave as his thought that, based on 
prices paid by the state for other property in this vicinity, the state would 
not be criticized for paying as much as $25.00 per acre for this land and he 
recommended acquisition of the property at such figure. The State Parks Su- 
perintendent, Mr. S. H. Boardman, was present and concurred inthe remarks of 
Commissioner Clough who, he said, had not overestimated the value of the prop- 
erty from the state parks standpoint. He pointed out that the property has a 
3/4-mile frontage on the Pacific Ocean. After discussion the Commission au- 
thorized the purchase of the area at the rate of $25.00 per acre, subject to 
approval by Commissioner Oliver. The Attorney was instructed to ascertain 
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Johnson, Tigard, that the Commission acquire right of way for a proposed coun- 
ty road connection into Tigard, paralleling the Southern Pacific Railroad 
tracks, so as to provide a more direct route into this town for the people 
served by the county road than now obtains as a result of the state highway 
improvement at this place. The Assistant Attorney advised that, as previously 
instructed by the Commission, he discussed this matter with the County Judge 

of Washington County and ascertained that Mr. Johnson has now agreed to furnish 
the right of way, which is estimated to cost $600.00, but wants the state to 
build the road, After discussion the Commission refused to assume any respons- 
ibility in connection with building the road but restated its willingness to 
pay one-third of the cost of the right of way needed for the same. 


The Attorney brought up for discussion matters pertaining to the re- 
moval of buildings from the right of way of the Oregon Coast Highway on Taylor 
Avenue, in Astoria. He advised that the highway improvement that is now under 
contract at this place extends a short distance beyond the point where the 
right of way has been cleared of buildings and includes the next block, upon 
which there is a building that will have to be remodeled if the highway plans 
are strictly adhered to; also, that northerly from the end of the present con- 
tract there are other building encroachments that will have to be eliminated 
before another contract can be awarded. He estimated the cost to remodel the 
building involved in the present contract at $600.00 and to clear all of the 
encroachments at $8,150.00. He pointed out that unless the building is remod- 
eled or moved back to conform with the building line in the adjacent block it 
would introduce a jog in the curb line that would be conducive of traffic ac- 
cidents. He raised the question who would pay the cost of remodeling the 
building and advised that it is in the same category as the buildings in the 
adjacent block, which were remodeled or moved back under mutual agreement with 
the City of astoria and the property owners. The Commissioners expressed them- 
selves as not being averse to the purchasing of new right of way when necessary, 
in conformance with the established policy, but questioned the advisability of 
paying out state money for the moving of buildings that encroach upon existing 
right of way, because it would involve the establishment of a very undesirable 
precedent. The Engineer suggested that the condition could be corrected by 
gradually tapering off the pavement width from the wide section to the narrow 
section by introducing easy curves in the curb line, which would eliminate the 
abrupt jog and the necessity for additional expense in remodeling buildings at 
the present time. The Commission approved the suggestion and instructed the 
Engineer to revise his plans accordingly. The Attorney was instructed by the 
Commission to direct a communication to the Astoria City Council and to point 
out clearly therein that the State Highway Commission, by its action in con- 
tracting the work now under way on Taylor Avenue does not intend that such 
work shall commit the Commission in any way to future improvements on this 
street. 


The Commission discussed a complaint from the Consolidated Timber 
Company concerning the burning of one of its railroad trestles. adjacent to the 
Wolf Creek Highway, in Clatsop County. The Company alleges that the trestle 
was damaged by fire started by ¥.P.A. forces in connection with the clearing 
of state land and the burning of slashings thereon, and demands payment from 
the state for the cost of the repairs. The Attorney advised that he knows of 


9556 


this property, which will cost about $9,000.00, so he is not is a position to 
clear the grade separation project from the right of way standpoint at this 
time. In view of this report the Commission decided not to advertise this 
project for bids at the June meeting of the Commission as was originally in- 
tended. 


The Attorney reported receipt of a letter from the General Casualty 
Company of America offering to pay the Cemmission the sum of $1,000.00 as 
full and complete payment of its obligation under the bid bond furnished by 
Saxton, Looney & Risley in connection with its proposal submitted on December 
8, 1939, for the construction of the Warm Springs Agency-Vanora Section of 
the Warm Springs Secondary Highway, in Jefferson County, the contract having 
beer: awarded by the Commission to this contractor, who defaulted. The Attor- 
ney recommended rejection of this offer in view of the fact that the amount 
thereof is considerably less than the amount of the bid bond and for the fur- 
ther reason that the low bid received by the Commission upon the second ad- 
vertising of this project was considerably in excess of the amount of the 
bid submitted by Saxton, Looney & Risley, The Commission approved the rec- 
ommendation and instructed the Attorney to make demand on the bonding company 
for the payment of the full amount of the bid bond. 


The matter of insurance to be required of log haulers in connectiion 
with the securing of permits for transporting over state highways loads longer 
than the length-limit specified by statute had the attention of the €cmmission. 
The Attorney advised that, as previously instructed by the Commission, he dis- 
cussed this matter with ir. Ormond R. Bean, Public Utilities Commissioner, who 
has indicated a willingness to increase the amounts of insurance required by 
him to such amount as the State Highway Commission may desire, and it is Mr. 
Bean's thought that public liability insurance in the amount of $10,000/- 
$20,000 and property damage insurance in the amount of $5,000 should be ade- 
quate. In the discussion of this matter it was pointed out that the over- 
length log permits issued by the State Highway Department represent only a 
small percentage of the total number of permits issued by the Public Utili- 
ties Commissioner for the transportation of logs; and, if the insurance re- 
quirements are changed from $50,000/$100,000 public liability and $10,000 
property » to $10,000/$20,000 public liability and $5,000 property dam- 
age for all logging operators, it would simply mean the penalizing of the 
bulk of the log haulers for the benefit of the few, because the Public Utili- 
ties Commissioner makes no distinction between the long-log hauler and the 
short—log hauler. In view cf the circumstances, the Commission decided to 
make no change in its present insurance requirements at this time. 


The Engineer reported a request from Mrs. Jessie Mi. Honeyman that 
the State Highway Department furnish to the several roadside improvement coun- 
cils throughout the state, free of cost, copies of the State Highway Depart- 
ment's county maps. He said that Mrs. Honeyman is of the belief that these 
maps will be very beneficial to the various councils throughout the state and 
it would help them very much in their endeavors; further, that it would not be 
necessary to send a complete set of the maps to each of the councils but it 
would suffice to send to each only the maps of the counties in their respec- 
tive districts. The cost to the state, he said, would be nominal in view of 
the fact that the map folios cost only $5.00 each. He recommended approval 
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Commissioner Oliver's attitude in regard thereto. (Note: Commissioner Oli- 
ver's approval was secured by the Attorney on the following day.) 


Consideration was given by the Commission to the offer of Oregon 
State College relative to the use of the colleze radio station, KOAC, for one 
hour daily during the summer months, to disseminate information concerning 
the State Highway Department. The matter was discussed at some length, dur- 
ing which it was pointed out that the Highway Department's expense in connec- 
tion therewith would be $1,800.00 for the 3-month period ending September 10, 
1940; also, that the State College would hire all necessary personnel, in- 
cluding radio broadcaster, script writers, station attendants, et cetera, and 
that the script for the broadcasts shall be approved by the Highway Depart- 
ment before it is transmitted on the air. The Commission decided unanimously 
to accept the offer as a trial proposition during the present season, it be- 
ing particularly understood, however, that the broadcasts shall in no way be 
connected with the Travel and Information Department for the dissemination of 
tourist and travel information. 


The Commission had under discussion several resolutions from the 
County Court of Clatsop County pertaining to the use of certain portions of 
highway rights of way that have been abandoned by the state because of re- 
construction of these highways on new alignment, such resolutions being as 
follows: 


1. Resolution whereby Clatsop County retains for county road 
purposes portion of the Skipanon—Yest Lake Section of the 
Oregon Coast Highway between Mile Post 13 and ifile Post 15, 
particularly between Engineer's Stations 256+00 and 280+65. 


2. Resolution whereby Clatsop County declares that certain par- 
cels of land formerly within the right of way of the North 
Fork Nehalem River Section of the Oregon Coast Highway are 
of no use to the county, hence are being left to revert to 
abutting property owners. 


3. Resolution whereby Clatsop County retains for county road 
purposes a portion of the Beneke Creek Section of the Nehalem 
Secondary Highway 


4. Resolution whereby Clatsop County retains for county road 
purposes a portion of the Astoria—Svensen Section of the Co- 
lumbia River Highway. 


The Commission approved the resolutions and ordered them filed. 


The Attorney reported briefly on matters pertaining to the Nyssa 
grade separation project, particularly the status of the acquisition of 
certain privately-owned lands by the Union Pacific Railroad Company and the 
Amalgamated Sugar Company, which is a matter contingent upon the contracting 
of the project. H2 said that, as the matter now stands, it does not appear 
that either the railroad company or the sugar company is willing to acquire 
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distinct matter and the tract shall be purchased outright from the county as 
a separate transaction if it is needed for state park purposes and can be ob- 
tained at reasonable cost. 


The Attorney presented a form of agreement with Oregon's 1940 San 
Francisco Fair Commission covering the matter of the State Highway Depart- 
ment's cooperation in the maintenance of an exhibit at this Fair. He read 
aloud the provisions of this agreement, which the Commission approved. The 
agreement was signed later in the session. 


The Commission discussed the proposed improvement of the Flagstaff- 
Lower Powder Section of the Baker-Howestead Highway. In this connection the 
Secretary presented a petition from the residents of Baker County opposing 
any expenditure of funds for the improvement of the existing road between 
these points and urging construction on the newly-adopted permanent route at 
the earliest possible time, The Commission decided notto oil the present 
road this year, for which the sum of $10,000.00 was previously budgeted, but 
on the other hand to hold such sum for expenditure with an additional amount 
of $110,000.00 of fiscal year 1941 federal aid funds to finance the construc- 
tion of a section oo the permanent route, bids for which are to be taken by 
the Commission in the fall of 1940. The Engineer was instructed to convey 
such information to Commissioner Oliver and to advise him of the reasons for 
the action. 


Commissioner Clough reported on investigations made by himself of 
the Elizabeth C. Coleman property adjacent to the Oregon Coast Highway at the 
north end of the Coos Bay Bridge. He said that the investigation reveals 
that there is some caving-in of the ground under a corner of Mrs. Coleman's 
store, as she reported to the Commission at the previous meeting; however, in 
his estimation, the damage is not the result of the run-off of water from the 
highway but is caused by water from the downspout on the building itself, so 
is not the state's concern. He further advised that he investigated the 
trees complained of by Mrs. Coleman and ascertained ihat there are several of 
these near the north end of Mrs. Coleman's property which contain numerous 
dead limbs that should be removed. He recommended denial of Mrs. Coleman's 
request that she be permitted to re-establish her building on the old highway 
right of way, and that any improvement that the Highway Commission sees fit 
to make at this place be limited to the trimming of the trees. The Commis- 
sion approved the recommendation. 


In this connection the question arose whether or not it would be 
advisable to acquire Mrs. Coleman's holdings in order to protect the bridge-— 
head, the property being situate so near the north end of the Coos Bay Bridge. 
The Attorney was instructed to appraise the property and report the results 
thereof to the Commission, which will then decide whether or not to acquire 
the same, 


The Secretary presented two letters from Port Orford Chamber of Com- 
merce, in which the Commission was requested to direst a letter to the Board 
of Engineers for Rivers and Harbors, Washington, D. C., giving such Board in- 
formation as may be helpful in securing an appropriation of federal funds to 
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of the request. The Commission approved the recommendation with the under- 
standing that it was not to be taken as a precedent for the furnishing of 
such maps free of cost to others. 


The Engineer presented a letter from Reverend A. L. Williams, Nels- 
cott, requesting the privilege of using the ocean beach area in the vicinity 
of Nelscott as a landing field during the progress of an air circus which 
they propose to conduct some time during the month of July. The Commission 
considered that the use of the ocean beach area for such purpose would create 
a serious hazard to pedestrians, and particularly to children who congregate 
on the beach at that time of the year, and accordingly denied the request. 


The Engineer reported a request from Mr. 0. C. Yocom, Willamina, 

Oregon, for a letter advising him of the Highway Commission's plans with re- 
spect to the location of the Salmon River Highway (McMinnville-Tillamook High- 
way) through the town of Willamina; also, with respect to the reconstruction 
of the section of this highway between Sheridan and McMinnville, particularly 
near Bellevue. The Commission disapproved the writing of such letter; how- 
ever, instructed the Engineer to invite Mr. Yocom and his group to Salem for 
a discussion of the entire matter so as to avoid any written statements that 
might commit the Commission in the future. 


The Engineer also reported the request from the City of Junction 
City for a letter outlining the trend of traffic on highways through small 
towns, particularly with reference to the set-back line for buildings. The 
Commission considered it unwise to write such letter and instructed the Engi- 
neer to express appropriate regrets. 


The Engineer submitted a report on the cost to construct a roadway 
extending from the Oregon Coast Highway to tne beach at a place known as Cove 
Beach, near Arch Cape, in Clatsop County. He estimated the cost of such road- 
way at $3,000.00 compared to $2,000.00, which is the value of the 40-acre 
tract of land that Clatsop County has offered to deed to the state for state 
park purposes if the state will construct the roadway, The question arose 
whether or not it would be possible to construct a roadway to the beach at 
some other point at less expense. The Engineer stated that a roadway for 
this beach at any other point on the highway would be much more costly be- 
cause of the steepness of the terrain. This statement was confirmed by the 
Assistant Attorney who advised that there is now pending before the Commis- 
sion a claim for damages on account of the sliding of the highway embankment 
in this vicinity. The Assistant Attorney further advised that, in his inves- 
tigation of the damage claim, he ascertained that the right of way for the 
Oregon Coast Highway along this section was donated by the property owners 
and that in consideration thereof Clatsop County committed itself to construct 
a roadway from the highway to the beach, altheugh there is no record whatso-— 
ever of such coamitment. This matter was discussed at considerable length 
and the following decision reached: That the State Highway Commission will 
not recognize any obligation to build a roadway from the highway to the 
beach at this point but will consider the payment of damages that have oc- 
curred to private property by reason of the sliding of the highway embankment. 
The acquisition of the 40-acre tract referred to shall be a separate and 
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Falls State Park, such work to consist of oiling of roadways and parking 
areas for automobiles. He estimated the cost of such work in Woahink State 
Park at $1,200.00; at Ecola State Park at ‘}2,400.00; and in Silver Creek 
Falls State Park at $4,575.00. The Commission considered these worthy proj- 
ects and thereupon approved them and the Engineer's request for an increase De 
in the parks budget in like amounts. i 


The Attorney reported a request from Mr. Roman Kintz, who occupies, 
as a tenant under the State Highway Commission,a portion of the real property 


rs 
acquired by the state for Silver Creek Falls State Park, for permission to a 
use a power pole now located on state property, being also located on the Bp 
property that he has under lease, to suspend power wires to serve his place ro 
of business. He advised that such use of the power pole will not interfere vag? 


with nor impair the service that the power company renders to the state in 

connection with the state park; . further, that Mr. Kintz's lease expires z 
in 1941, so has only a short time to run. He recommended approval of the re- g 
quest. Mr. S. H. Boardman, State Parks Superintendent, was present and con- ; 
curred in the recommendation. The Commission approved the recommendation 
unanimously and authorized the Secretary to issue the permit to Ur. Kintz. 


The Engineer requested authority to purchase the foklowing equip- 
ment: 


3 cars of light Buick type for use of division engineers, 3 old 
cars to be traded in as part purchase price - estimated total 
cash outlay $2,700.00 


5 pickup trucks - estimated total cost $3,000.00 
10 light—type trucks - estimated total cost $8,500.00 


1 statior: -zzon for use of Bridge Department - estimated 
cost $750.00 


The Commission approved the request unanimously and ordered that the pur- 
chases be made through the State Purchasing Department in accordance with 
the usual practice. 


The Engineer reported that, in conformance with authority pre- 
viously granted him by the Commission, he has awarded contracts as follows, 
the conditions of the awards having been satisfied: 


Contract awarded to W. D, Miller Construction Company for con- 
struction of the Lost River Section of the Klamath Falls-Malin 
Highway, in Klamath County. Bids taken January 11, 1940; contract 
awarded May 10, 1940. 


Contract awarded to J. D. Miller Construction Company for con- 
struction of the Lost River Bridge on the Klamath Falls—Malin High- 
way, in Klamath County. Bids taken January 11, 1940; contract 
awarded May 10, 1940. 
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construct a breakwater in the Port Orford harbor and otherwise improve the 
ship channel along the existing wharf at this place. The Engineer explained 
taat the Board of Engineers for Rivers and Harbors previously considered this 
improvement and decided that it was not advisable to undertake it at federal 
expense; however, a rehearing in the matter has been ordered and the Port Or- 
ford Ghamber of Commerce desires a letter from the State Highway Commission 
for use in connection with such rehearinz. The Commission considered that it 
is not particularly concerned in this matter and thereupon denied the request. 


Commissioner Clough brought up for discussion a complaint filed by 
J. G. Harem, a World war Veteran of Roseburg. It appears that Mr. Harem has 
recently constructed a residence building adjacent to the Pacific Highway and, 
in order to obtain access to the highway from his property, was obliged to 
build an approach road across the highway ditch. However, the culvert pive 
that was installed wes of wooden construction and not in conformance with the 
Highway Commission's r=quirements, notwithstanding that he was informed of 
these requirements several times. Further, that xr. darem was instructed by 
the local engineer to remove the wooden culvert and was given 60 days within 
which to do the work, but he failed to comply with instructions, so the cul- 
vert was removed by state forces and ifr. Harem now wants the state to replace 
the culvert and to fill in the highway ditch the full length of his frontage 
on the highway. After discussion the Commission referred this matter to the 
Attorney and the Engineer for investigation and to ascertain whether or not 
there is anything unusual about this installation to which the Commission's 
standard policy with respect to approach-road culverts will not apply. 


Commissioner Clough reported receipt of a request from a Mr. Ed- 
wards of Roseourg to purchase a parcel of state-owned land adjacent to the Pa- 
cific Highway at the northern entrance to Roseburg. In the discussion it was 
pointed out that this tract was originally purchased by the county and deed— 
ed to the state, so the question arose whether the state should sell the prop- 
erty or deed it back to the county and let the county receive the benefits of 
the sale. The Commission referred the matter to the Attorney for investiga- 
tion and report. 


Reconsideration was given by the Commission to the application of 
the Oregon Packing Corporation, Astoria, for a blanket permit to move pea- 
viners, 11 feet wide and 13 feet § inches in height, overall measurements, 
along the state highways in the vicinity of Astoria. The Conmission decided 
not to grant such blanket permit in view of the fact that the indiscriminate 
movement of such wide vehicles over the public roads of this state would 
create too great a hazard to other traffic. However, the Commission author- 
ized the granting of permits for individual movements of such equipment during 
the present pea-harvest season. The Secretary was instructed to so inform 
the Corporation and to advise them that they must rebuild their equipment so 
that it will not be wider than 8 feet, because the movenent of same under in- 
dividual permits will not be allowed hereafter. ; 


The Engineer requested authority to increase the state parks budget 
for 1940 in the approximate amount of $8,175.00 so as to enable certain oil- 
ing work to be done in Woahink State Park, Ecola State Park, and Silver Creek 


< 
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of land situate in Lot 3, Block 3, Kingston, Town of Tigard,- 
right of way transaction No. 6930. 


Quitclaim Deed conveying unto Louise K. Lamb 1,650 sq.ft. of 


land situate in Lot 1, Block 8, Nye and Thompson's Addition to New- 
port, right of way transaction No. 4437. 


There being no further business to come before the Commission at 
this time, the meeting was adjourned at 6:00 p. am. 


Ltd aceeb oe Nena xt { bo 
State Highway Engineer Cha 
? Vern We Chri f - 
Secretary Commissioner , 4 


Portland, Oregon, June 13, 1940 


The State Highway Commission met in regular session at 9:00 a.m. in 
in the auditorium of the Public Service Building. Present were: 


Henry F, Cabell, Chairman 

.Herman Oliver, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


Commissioner Clough was excused from attending this meeting. 


Bids as follows for highway construction work and sale of used lum- 
ber were opened and read in conformance with previously published notice, fol- 
lowing which Chairman Cabell announced that the award of contracts would be 
made at 3:00 p. m. in the same room: 


INDEPENDENCE-ALBANY COUNTY ROAD 
FIR GROVE-ALBANY SECTION -— SURFACING AND OILING 


U A t Using Tar 
A. Milne 23,767.50 ¢---- 
R. 0. Dail & Warren Bros. ---- 24,678.00 
Babler Bros. ---- 25,698.00 
Warren Northwest, Inc. 25,861.50 25,813.50 
J. C. Compton ---- 27,292.50 
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Contract awarded to General Construction Company for construc~ 
tion of dredge embankment on Upper Columbia River Highway between 
Troutdale and Dodson. Bids taken by U. S. Army Engineers on April 
5, 1940; contract awarded May 13, 1940. 


The Comnission approved these awards as reported. | 


lows: 


The Commission considered and signed agreements, et cetera, as fol- 


Agreement with Warkham & Callow, being an easement authorizing 
construction of a fire trail across property owned by them on Neah- 
kannie Mountain, in Tillamook County, being in connection with Short 
Sand Beach State Park. 


nt with Syneva and E, A. Lindberg providing for lease of 
maintenance headquarters site at ort Orford,- real property transac 
tion No. 7956. 


Agreement with the City of Pendleton covering the moving of a 
garage building, sloping banks, rebuilding steps, sidewalks, et cet- 
era, on state property adjoining state highway right of way in Pen- 
dleton,-real property transaction No. 2454. 


Agreement with the Southern Pacific Company authorizing P.V.A. 
equipment operations across railroad property on the Wolf Creek High- 
way at Strassel. 


Agreement with Oscar Parrein providing for the lease of a main- 
tenance headquarters site at Silver Lake. 


Agreement with A. T. Dolan and wife providing for lease of a 
maintenance site at Seaside,- real property transaction No. 7929. 


Agreement with S. G. Reed and wife providing for construction 
of a fire trail across the Reed property adjacent to Short Sand 
Beach State Park. 


Agreement with the 1940 San Francisco Fair Commission of Oregon 
pertaining to the maintenance of an Oregon exhibit at the 1940 San 
Francisco Fair. 


. Bargain and Sale Deed conveying unto Samuel Wolf and wife 113 
sq. ft. of land situate in Lot 4, Block 4, Oregon City,- right of way 
transaction No. 5304. 


Bargain and Sale Deed conveying unto the Meiford Corporation 
46 sq. ft. of land situate in Lot 13, Block 8, Berryvale Addition to 
Medford,-right of way transaction No. 290. 


Bargain and Sale Deed conveying unto Emil A. Johnson 701 sq.ft. 
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SKYLINE BOULEVARD 
GERMANTOWN ROAD-BARNES ROAD SECTION - BITUMINOUS MACADAM WEARING SURFACE 


Using Asphalt Using Tar 
Homer G. Johnson $41, 502.00 §$---- 
Norris Bros. ---- 48,416.50 
Babler Bros. =a Oe 49,380.00 
J. C. Compton ---- 50,576.40 
Warren Northwest, Inc. ---- 50,904.00 
R. 0. Dail & Warren Bros. —— = 51,508.00 


SHERMAN HIGHWAY 
EAST UNIT, SHANIKO-COW CANYON SECTION — GRADING, SURFACING, OILING 
ALSO FURNISH CRUSHED ROCK IN STOCK PILES 


Leonard & Slate $ 87,103.00 
A. Milne 89,621.00 
Clifford A. Dunn 95,930.00 
E. C. Hall Company 102,927.00 
Diesel Oil Sales Company 104,525.50 
J. A. Lyons 109,138.00 
C. J. Eldon 114,751.00 
McNutt Bros. 117,051.00 


WOLF CR&EK HIGHWAY 
SUNSET TUNNEL SECTION ~ GRADING, TUNNEL EXCAVATION, LINING, PAVING 


Using Zinc 
Chloride-Sodium 
Using Yolman Salts Dichromate 
Kern & Kibbe $135,295.00 $ -<-- 
C. J. Eldon 138, 316.80 138, 316.80 
Sam Orino 140, 365.00 142, 265.00 
Diesel Oil Sales Company 144,463.00 ---- 
A. C. Greenwood Company, Inc. 152,336.00 ---- 
J. A. Terteling & Son 157, 348.00 -<<-6 
Birkemeier & Saremal 157,527.00 ~-- 
B. H. Sheldon 167, 327.50 ---- 
T. E. Connolly 174,620.00 ---- 
Morrison—Knudsen Company 181,142.70 194,442.70 
PACIFIC HIGHWAY WEST 
MIDDLETON-NEWBERG SECTION ~ ROADSIDE IMPROVEMENT 
Leonard & Slate $12,420.00 
D. L. Ashton 15,612.50 


Mr. B. Frost, President of the Nyssa Chamber of Commerce, came be- 
fore the Commission in regard to the proposed Nyssa railroad grade separation 
project. on the Old Oregon Trail. He advised that the Amalgamated Sugar Com- 
pany, which is interested in this project, is proceeding with the acquisition 
of certain real property that is needed in connection therewith and is en- 


PACIPIC HIGHWAY WEST 
CORVALLIS-LINCOLN SCHOOL SECTION - GRADING AND PAVING 


United Contracting Company $53,447.25 
Warren Northwest, Inc. 53,726.25 


PACIFIC HIGHWAY ‘EST 
FISCHERS MILLRACE BRIDGE, NEAR CORVALLIS 


Averill & Corbin $ 6,826.75 
McNutt Bros. 7,235.00 
Contracting & Sales Company 7,475.00 
Babler Bros. 7,781.50 
Birkemeier & Saremal 8,180.00 
Clifford A. Dunn 9,270.00 


FORT STEVENS COUNTY ROAD 
WARRENTON (MASSACHUSETTS AVE.-MARKET ST.) SECTION 
GRADING AND PAVING 


Jacobsen—Jensen Company $24,224.50 
Edlefsen-weygandt Company 24,420.20 
McNutt Bros. 26,634.00 


OREGON COAST HIGHWAY 
SALE OF USED LUMBER AND CORD WOOD AT THE SITE OF ARCH CAPE TUNNEL 


Cannon Beach Lumber Company $ 150.00 


Park Fuel Company 56.50 
J. M. Shanks 51.00 


OCHOCO HIGHWAY 
PRINEVILLE SECTION ~ GRADING, SURFACING, OILING 
ALSO FURNISH CRUSHED ROCK IN STOCK PILES 


Homer G. Johnson $64,226.80 
Clifford A. Dunn 66, 647.00 
Norris Bros, 70, 894.00 
Babler Bros. 72,366.00 


A. Milne 75,381.00 
McNutt Bros. 76,456.50 


JOHN DAY HIGHWAY 
JOHN DAY SECTION — GRADING AND BITUMINOUS MACADAM SURFACING 


No bids were received on this project 


LOMBARD STREET, PORTLAND 
ALMA AVENUE-INTERSTATE AVENUE SECTION — PAVEMENT RESURFACING 


Parker-Schram Company $44,102.80 
Cascade Construction Company 45,994.25 


Kern & Kibbe 46,697.50 
Porter W. Yett 52,643.00 
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Judge Johnson also asked the Commission to designate the Paterson 
Ferry Road as a state secondary highway, advising that, while it is a county 
road, it is of no particular benefit to local residents because none reside 
along the same but the road carries a considerable volume of interstate traf-— 
fic and in view thereof it is the County Court's thought that the state should 
maintain the road as a state highway. The Engineer advised that this road has 
been investigated and it has been ascertained that the right of way does not 
meet the state's requirements as to width. He suggested that the present road 
be oiled at state expense as a temporary route for state highway traffic but 
that jurisdiction of the road remain with the county. The County Court ap- 
proved this suggestion as did also the members of the State Highway Commission. 
The Attorney was instructed to prepare an appropriate form of agreement be- 
tween the state and the county covering the matter. 


Messrs Charles T. Parker and C. A. Schram came before the Commission 
in connection with the bid bond furnished by them with their proposal for the 
construction of the Corvallis-Lincoln School Section of the Pacific Highway 
West, in Benton County, on which project they inadvertently submitted a bond 
prepared for the Fir Grove-Albany Section of the Independence-Albany County 
Road, on which project they did not submit a bid. Thev advised that it was 
their original intention to submit bids on both vrotects but at the last mo- 
ment they decided not to bid on the Fir Grove-Albany »roject, although they 
had a bid bond prepared for it; and, in their rush to deliver their bid on 
the other project, thoughtlessly inserted the incorrect bid bond in their pro- 
posal form. They submitted a new bond properly made out, covering the Corval- 
lis-Lincoln School Section and asked that this be substituted for the incor- 
rect bond. They were informed by Chairman Cabell that the Commission has al- 
ways proceeded on the theory that if a bond is not in order the bid is not 
considered, and in the present instance, while the Commission knows that the 
contractors are acting in good faith, nevertheless there is a possibility that 
some day, if the Commission does not adhere to its established policy, some- 
thing will occur that will result in loss to the state, in view of which the 
Commission is inclined not to approve the substitution of the bond, although 
it will reconsider the matter later in the sessicn. This matter came up for 
discussion at the time the award of contracts was considered and the Commis— 
sion at that time decided not to permit the substitution of the bond. 


A delegation from Eugene, consisting of Ed Turnbull, Ym. Tugman, 
Fred Brenne, Secretary of the Chamber of Commerce, and C. I. Rynearson, Presi- 
dent of the Oregon Pacific Highway Association, came before the Commission in 
regard to the proposed plan for the permanent routing of the Pacific Highway 
through Eugene. They inquired whether or not the Commission has as yet taken 
definite action on the Engineer's report on this subject, which report was 
the subject of discussion at the public hearing held in Eugene on May 1, 1940. 
They were informed by Chairman Cabell that the Commission has not yet made its 
final decision with respect to this matter but will endeavor to do so at this 
meeting. (The matter was reconsidered later in the session, when the Engi- 
neer's report was approved. See resolution ahead. ) 


A delegation from Grants Pass, consisting of County Judge %. A. 
Johnson, County Commissioner Richard McElligott, and James K. Manuel,Secretary 
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deavoring to arrange the financing of the same; however, will need a little 
time to work out the details. He asked the Comission notto delete this project 
from its construction program until the outcome of the present negotiations 
is known. Chairman Cabell advised that there is a limit to the time that the 
Commission can postpone the project and this particular job was scheduled for 
contracting in July and unless bids for the same are taken by the Commission 
at its July meeting the work could not be done this year. Mr. Frost asked 
the Canmission to defer a definite decision in the matter as long as it could 
before the July meeting. The Commission granted the request subject’ to the 
condition that the job would have to be deferred indefinitely in the event 
that a satisfactory settlement of the real property matters is not arranged 
by June 20, 1940. This time was extended by the Commission to June 22, 1940, 
later in the session. The Attornev was instructed to inform the Nyssa Chamber 
of Commerce, by letter, just what information the Commission needs with re- 
spect to the clearing up of this difficulty. 


A delegation from Morrow County, consisting of County Judge Bert 
Johnson and County Commissioner George N. Peck, County Engineer 4. Tamblyn, 
Gene Ferguson, Harvey ililler, Harry Duvall, Chas. Cox, and J. G. Barratt, 
came before the Commission and renewed their request for the following im- 
provements : 


1, Oiling of the Heponer-Spray Secondary Highway from the end of 
the present oiled section to Ruggs. They urged the Commission to 
contract this work in July. 


2. Complete the construction of the Heppner-Condon Secondary High- 
way from %ightmile to the Rock Creek Road, a distance of about 10 
miles. 


3. Reconstruction of the Heppner~Spray Secondary Highway from Ruggs 
to Hardman. 


4. Oil the Oregon-Washington Highway between Heppner and Lena. 


Judge Johnson headed the group. Speaking on behalf of the projects were 
Messrs. Barratt, Ferguson, Duvall, and County Commissioner Peck. They alleged 
that Morrow County has been treated unfairly in the allocation of highway 
funds and urged the favorable consideration of the above-listed projects, par- 
ticularly the oiling of the section of the Heppner-Condon Secondary Highway 
between Parkers and Ruggs, which, thev declared, is their preference project. 


Chairman Cabell advised that the 1941 federal aid highway program 
has not as yet been adopted but the teppner-Rhea Creek project will be given 
serious consideration in the formulation of the same. Pending adoption and 
approval of this program, he said, the Commission is not in position to make 
any promises as to when it will advertise the project for bids but will do so 
at the earliest possible time. The County Court voiced its approval of such 
procedure, Chairman Cadell also advised that the other projects requested are 
not eligible for federal funds and must be financed with state moneys, of 
which there are none available at the present time. However, the Commission 
will bear them in mind for future consideration. 


Be : 
JUNIS 1940 


transport a boat, the overall dimensions of which are 12 feet wide, 16 feet 
high, and 34 feet long, over the Tualatin Valley Highway from Aloha to Port- 
land. After discussion the Commission granted the request, provided Mr. iit- 
zel will comply with the Commission's standard rules and regulations covering 
such movements. 
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The Commission adjourned at 12:20 po. m. and reconvened at 2:00 p nm. 
in the same room, the same persons being present and participating. 


A delegation from Benton and Lincoln Counties came before the Com- 
mission in the interests of the Alsea Highway. The delegation was headed by 
S. M. P. Dolan, Corvallis, and included the following: County Commissioner 
W. H. Malone of Benton County; L. J. Richards, President, Waldport Chamber of 
Commerce; Claude Hall, ‘i. F. Keady, and Desmond Fulp, also of the Waldport 
Chamber of Commerce; John Greenbo, President, and iim. Hunter, Jr., represent- 
ing the Waldport Lions Club; Ross Linville and L. uM. Christensen, represent- 
ing the South Lincoln County Rod and Gun Club; Don Wolf, President of the 
Silver-side Club of “ialdport; Ken Crawford of Alsea; and Leo Goodman, J. HM. 
Jackson, H. E. Fry, Vern Goodman, and E. W. Martinson, all representing Tide- 
water Grange. They presented arguments for the reconstruction and oiling of 
the remaining 16-mile section of this highway. They alleged that a former 
highway commission once committed itself to this project, provided Lincoln 
and Benton Counties would do certain things in cooperation. Further, that 
the county's obligation has been fulfilled but the state has not done its 
part. They urged the improvement at the earliest possible time. 


Chairman Cabell advised that the Hichway Commission is aware of the 
need for the improvement of this road but is handicapped in the performance 
of the work by lack of funds. He pointed out that the road is not on the fed- 
eral aid system, hence is not eligible for federal aid funds, and any improve- 
ments that are made would have to be financed with forest highway funds and 
state funds. He said that the amount of state funds is limited and must be 
conserved as much as possible for matching the federal aid funds. It has not 
been considered advisable, he said, to allocate forest highway funds to this 
project because it was considered best to use these funds to finance the con- 
pletion of other going forest highways. However, some of these other high- 
ways are now rapidly approaching the state of completion and it might be pos- 
sible to budget some of the forest highway funds for the improvement of this 
road. At least, the Commission will keep it in mind when the next forest 
highway program is arranged. 


Chairman Cabell also advised that to reconstruct this road to mod-— 
ern standards is a very costly undertaking and one that the Commission cannot 
see its way clear to finance now. He suggested that it would be satisfactory 
to construct the section within the national forest boundaries to forest high- 
way standards and the balance in a manner comparable to the work that is now 
under way on the Siuslaw Highway where the improvement follows generally the 
line of the existing highway and consists of widening at the sharp turns, the 
Placing of stabilizing rock, and oiling, which work, he said, could be done at 
minimum expense. The members of the delegation expressed their approval of 
such arrangement and urged that the work be done this year. The Commission 
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of the Chamber of Commerce, came before the Commission in regard to the elimi- 
nation of a dip in the Pacific Highway a short distance south of Grants Pass, 
They requested the elimination of this dip and also that cement concrete pave- 
ment be substituted for black pavement in the contract that is now under way 
at this location. The matter of the elimination of the dip was discussed at 
considerable length, during which it was pointed out that raising the grade 
line would involve consideravle expenditure for construction and for extra 
right of way. The Engineer gave as his thought that the expense is not justi- 
fied and that the conditions obtaining under the original plan would not be 
objectionable. He explained the construction details and as a result the del- 
egation was satisfied that a change in plans was unnecessary. As to the sub- 
stitution of cement concrete pavement for black pavement, the Engineer point- 
ed out that the present black pavement is in good condition and expressed his 
reluctance to destroy it simply to change the type. After discussion the En- 
gineer was instructed by the Commission to investigate the matter personally. 


The County Court of Clatsop County, represented by County Judge Guy 
Boyington and County Commissioners Jaies Elliott and John Slotte, was present 
and inquired as to the status of the deed whereby the state is to reconvey to 
Clatsop County a portion of the Tongue Point State Park so the county can in 
turn deed it to the federel authorities for use in connection with the main- 
tenance of the U. S. naval base at this point. The Attorney advised that the 
deed is ready with the exception of the description of the property to be con- 
veyed. He was instructed by the Commission to expedite the matter as much as 
possible. 


County Judge Nelson B. Higgs of Harney County was present and in- 
quired as to the Commission's plans for the improvenent of the secondary high- 
ways extending south from Burns and Crane. He was informed that the Commis- 
sion has deferred its decision in the matter pending personal inspection of 
the roads, which inspection the Commission expects to make this summer. 


Judge Higgs also inquired as to the plans of the Commission to oil 
the strips between the pavement and the curb line along the state highway in 
the city of Burns. The Engineer advised that this matter has been investigat- 
ed and it has been ascertained that the job wovld cost about $8,000.00. After 
discussion the Comnission approved the project, the construction of the curbs 
and the rocking of the strips to be done under contract and the oiling work to 
be done by state forces this year, if possible. 


Judge Higgs also asked for sidewalk construction along the Central 
Oregon Highway between Burns and the public swimming pool at Hines Mill for 
the benefit and safety of children and others who patronize the pool. The mat- 
ter was referred to the Engineer for investigation and report. 


Inquiry was made by Judge Higgs as to the improvement of the farm- 
to market road south of Burns to Wright's Point. He was informed that this 
project is in the construction program for 1940 funds and that it is proposed 
to take bids for the same at the regular meeting of the Commission in August. 


Mr. John Mitzel, Aloha, was present and requested permission to 


bidder for this project was A. idilne, Portland, at $23,767.50, 
based on the use of asphalt. He did not submit a bid based on the 
use of tar. The second-low bidder was R. 0, Dail & Warren Bros., 
Portland, at $24,678.00, based on the use of tar. They did not 
submit a bid based on the tise of asphalt. There were 3 higher 
bidders. The Commission awards this contract to the low bidder, 
A. Milne, at his bid of $23,767.50, based on the use of asphalt. 


"Corvallis-Lincoln School Section of the Pacific Highway 
est, in Benton County. 0.80 mile grading and paving. Only two 
bids were received for this project, the low one being that of 
United Contracting Company, Portland, at *53,447.25, and the other 
being that of Warren Northwest, Inc., Portland, at $53,726.25. 

The Commission rejects both bids and orders the project readver- 
tised. 


"Fischers Millrace Bridge on the Pacific Highway West, approx- 
imately 0.6 mile south of the south city limits of Corvallis, in 
Benton County. Six bids were received for this project, the low 
one being that of Averill & Corbin, Portland, at ‘6,826.75. The 
second-low bid was that of licNutt Bros., Eugene, at $7,235.00. The 
Commission awards this contrect to Averill & Corbin at their bid 
of $6,826.75. 


Warrenton (Massachusetts Ave.-ilarket St.) Section of the 
Fort Stevens County Road, in Clatsop County. 0.52 mile grading 
and paving. The low vid for this project was submitted by dacob- 
sen-Jensen Company, Portland, at $24,224.50. The second-low bid 
was submitted by Edlefsen-Weygandt Company, Portland, at $24,420.20. 
There was one higher bidder. The Commission has referred all bids 
received on this job to the Engineer with power to award the con- 
tract to the low bidder when certain conditions have been fulfilled. 


“Prineville Section of the Ochoco Highway, in Crook County. 
1.67 miles grading and 1.51 miles surfacing and oiling; also fur- 
nish 6,500 cu. yds, crushed rock in stock piles. Homer G. Johnson, 
Portland, submitted the low bid for this project at $64,226.80. 
Clifford A. Dunn, Klamath Falls, submitted the second--low bid at 
$66,647.00. There were four higher bidders. The Commission awards 
this contract to Homer G. Johnson at his bid of $64,226.80. 


“John Day Section of the John Day Highway, in Grant County. 
0.45 mile grading and bituminous macadam surfacing. No bids were 
received on this project. 


"Germantown Road-Barnes Road Section of the Skyline Boulevard, 
in hultnomah County. 6.47 miles bitwainous macadam wearing sur- 
face. Six bids were received for this project, the low being that 
of Homer G. Johnson, Portland, at $41,502.00, based on the use of 
asphalt. He did not submit a bid based on the use of tar. The 
second—low bid was submitted by Norris Bros., Burlington, Washington, 
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made no commitment to that effect but agreed to consider the project in the 
preparation of its next construction program of forest highway funds. Mr. Do- 
lan filed with the Commission a petition signed by numerous civic organiza- 
tions interested in this road, urging the improvement of the same. 


Miss Margaret Clarke, Assistant P. & S. Supervisor, Oregon Histori- 
cal Records Survey, was present and requested permission to search the State 
Highway Department's records for information with which to compile a histori- 
cal record of the State Highway Department. The Commission approved the re- 
quest unanimously, subject to the condition that iiss Clarke allow someone 
from the State Highway Department to review her script before it is published. 


The County Court of Hood River County, represented by County Judge 
C. D. Nickelsen and County Commissioners Rk. W. Perry and R. Waldo Arens; and 
County Engineer C. M. Hurlburt, came before the Commission in regard to the 
improvdment of the county road which extends from the town of Odell to a con- 
nection with the Mt. Hood Highway. They asked the Commission to designate 
this road as a state secondary highway and improve the same as such. After 
discussion the Commission indicated that it would approve the request if pre- 
sented in legal form. The Engineer was instructed to furnish the County Court 
with the proper form of resolution for its adoption. 


The matter of oiling this road was then discussed. The Engineer ad~ 
vised that it would cost about $1,500.00 to do a proper oiling job. The Com- 
mission indicated that it would approve the oiling work, same to be done with 
state forces, if and when the road is designated a state secondary highway. 


The County Court also asked the Commission to designate a permanent 
route for tie Hood River Secondary Highway between Dee and Parkdale. They ad- 
vised that they are not particular which route is designated but they would 
like the designation made now so the county can go ahead with certain county 
road improvements that it has in mind. The matter was referred to the Engineer 
for investigation and report at the next meeting. 


The matter of the improvement of the Mt. Hood Highway in the vicini- 
ty of Fike's Corner was also brought up for discussion, particularly the matter 
of reconstruction of the highway under the railroad tracks. The financing of 
such project was discussed, during which the question arose whether it would 
be possible to secure federal railroad grade separation funds for the same. 

The Engineer was instructed to ascertain from Mr. I. H. Lynch, District Engi- 
neer, Public Roads Administration, whether or not this project would be eligible 
for such funds. In the event that government funds can be used for such pur- 
pose, then the Engineer is authorized to conduct a location survey of the sec- 
tion. 


At 3:00 p. m. Chairman Cabell announced the following awards of con- 
tracts and sale of used lumber, bids for which were taken at the morning ses- 
sion, such awards having been previously approved by the Commission by unani- 
mous vote: 


"Pir Grove-Albany Section of the Independence-Albany County 
Road, in 3enton County. 4.38 miles surfacing and oiling. The low 


at this meeting but for which no bids were submitted. After discussion of 
this matter the Commission decided to do the work involved with state forces, 
and so ordered. The Engineer was instructed by the Commission to proceed ac- 
cordingly. 


A delegation from Marshfield and Coquille, consisting of Clarence 
Coe, President, Marshfield Chamber of Commerce; Lafe Compton, Coquille; Fred 
MeGougan, Marshfield; H. G. Kern and Lars Peterson, both of North Bend, came 
before the Commission. Mr. Coe headed the group. They inquired as to the 
plans of the Highway Commission for the improvement of the Oregon Coast High- 
way between North Bend and Coquille. They were informed that the Commission 
has amounts budgeted to commence the reconstruction of the section between 
North Bend and Marshfield, starting at the Marshfield end, and to finance the 
Bunker Hill Section just south of Marshfield, and that it is proposed to take 
bids for these projects at the July meeting of the Commission. They were al- 
so advised as to the method used by the Commission in the allocation of funds 
at its disposal, which precludes the contracting of more work in this vicinity 
at the present time. 


Mir. Compton urged additional work between Marshfield and Coquille and 
suggested that, if the Commission cannot finance permanent construction, it in- 
prove the present road by widening at sharp curves, etc. He was informed 
that the permanent route of the highway does not follow the present road, 
hence it would be a waste of funds to improve the present road, as suggested. 
Mr. Kern suggested that the improvement between Wdarshfield and North Bend 
start at the North Bend end rather than at the Marshfield end. It was ex- 
plained to him that this could not be done because of the interference of the 
railroad along this section, the difficulties incident thereto having not as 
yet been ironed out between the Commission and the railroad company. There 
followed a general discussion of highway matters in Coos County. The Commis— 
sion expressed regrets that it could not approve the additional expenditures 
at this place but agreed to bear the project in mind for future consideration. 


A delegation from Portland, representing the Building and Construc- 
tion Trades Council of Portland and Vicinity, was present. The delegation 
was headed by B. R. Mathis, Secretary, and included the following: E. F. Har- 
land, representing the Allied Heavy Crafts; F. W. Griffith, Hoisting and Port- 
able Engineers No. 701; John O'Neil, representing the Iron Works Union; Jack 
Shallet, Truck drivers' Council No. 162; and Ed Nelson, of the Pile Drivers. 
They urged the Commission to include in its specifications for highway con- 
tract work provision for the payment of the prevailing scale of wages to all 
crafts, according to their jurisdiction on highway work. The Commission indi- 
cated reluctance to comply with this request because it considers that it is 
not the business of the state to enforce agreements between the various unions 
and the highway contractors and because the Commission believes in the system 
of collective bargaining for the settlement of labor disputes. However, the 
Commission agreed to give the matter serious consideration. The members of 
the delegation expressed a willingness to furnish the Commission with any in- 
formation in its files that might aid the Commission in its study of the mat- 
ter. 


at 48,416.50, using tar. They did not submit a bid based on the 
use of asphalt. The Commission awards this contract to Homer G. 
Johnson at his low bid of {41,502.00, using asphalt. 


"Lombard Strect (Alma Ave.-Interstate Ave.) Section of Lombard 
Street in Portland, Multnomah County. 2.55 miles pavement resurfac- 
ing. Parker-Schram Company, Portland, submitted the low bid for 
this project at $44,102.80. Cascade Construction Company, Portland, 
submitted the second-low bid at $45,994.25. There were two higher 
bidders. The Commission awards this contract to Parker-Schram Com- 
pany at its low bid of $44,102.80. 


"Rast Unit of Shaniko-Cow Canyon Section of the Sherman High- 
way, in Wasco County. 5.03 miles gracing, surfacing, and oiling; 
also furnish 4,000 cu. yds. crushed rock in stock piles. The low 
bid for this project was submitted by Leonard & Slate, Hultnomah, 
at $87,103.00. The second-low bid was submitted by A. Milne, Port- 
land, at $89,621.00. There vere six higher bidders. All bids re- 
eeived for this project have been rejected and the project ordered 
readvertised. 


"Sunset Tunnel Section of the olf Creek Highway, in Washington 
County. 0.165 mile grading, tunnel excavation, lining and paving. 
fen bids were received for this project, the low one being that of 
Kern & Kibbe, Portland, at %135,295.00, based on the use of Wolman 
Salts, They did nct submit a bid based on the use of Zine Chloride- 
Sodium Dichromate. The second-low bid was that of C. J. Eldon, 
Portland, at $138,316.80, based on the use of Wolman Salts, and an 
identical bid based on the use of Zinc Chloride-Sodium Dichromate. 
The Commission awards the contract to the low bidder, Kern & Kibbe, 
at $135,295.00, based on the use of Wolman Salts. 


"Middleton-Newberg Section of the Pacific Highway West, in 
Washington and Yamhill Counties. 6.49 miles roadside improvement. 
Only two bids were received on this project, the low one being that 
of Leonard & Slate, Multnomah, at $12,420.00, and the other being 
that of D. L. Ashton, Lebanon, at $15,612.50. The Commission awards 
the contract to Leonard & Slate at their bid of $12,420.00. 


"Sale of approximately 53 M-FBu of used lumber and cord wood 
at the site of the Arch Cape Tunnel, approximately 15 miles south 
of Seaside, in Clatsop County. Three bids were submitted for the 
purchase of this material, the high one being that of the Cannon 
Beach Lumber Company, Astoria, at $150.00, and the second-high being 
that of the Park Fuel Company, Tolovana Park, at “56.50. The Com- 
mission considers the bid of the Cannon Beach Lumber Company satis- 
factory and accordingly sells the material to it at its high bid of 
$150.00." 


The Commission discussed the John Day city project on the John Day 
Highway, in Grant County, which project was advertised for bids to be received 


anda the program of construction as outlined therein. The following resolu- 
tion designating a permanent route for this highway through Eugene was adopt— 
ed by the Commission by unanimous vote: 


WHERE«S, the Pacific Highway is a part of the state high- 
way system and is likewise a part of the federal highway system; and 


WHEKEAS, the section of said highway located in Lane Coun- 
ty passes through the City of Eugene over streets selected and des- 
ignated by the Highway Commission; and 


WHEREAS, said highway entering Eugene from a westerly di- 
rection has been routed by the Highway Commission over Sixth Avenue 
from the west city limits to Willamette Street; thence over Willam- 
ette Street to Broadway; thence over Broadway to Franklin Boulevard 
and thence over Franklin Boulevard to the east city limits; and 


WHEREAS, the volume of traffic using said highway and said 
route into and through Eugene exceeds 5,000 cars per day, which a 
traffic will materially increase in the near future; and P 


WHEREAS, for the purpose of relieving traffic congestion 
and for the purpose of affording to the travelling public a more 
convenient route into and through the City of Eugene and for the 
further purpose of accommodating local business concerns and indus- 
tries the Highway Commission has found it advisable to change the 
routing of said highway into and through Eugene and has found it 
necessary to make other needed highway changes and improvements. 


THEREFORE, 2E IT «ND IT HEREBY IS RESOLVED by the Highway Com- 
mission, all members being present and affirmatively participating, 
as follows: 


1. That the route and location of the Pacific Highway 
entering Eugene from the westerly direction shall be as follows: 


a. Beginning at or near highway station 646 on said 
highway over the present route to the westerly terminus 
of Sixth Avenue; thence over Sixth Avenue to an intersec- 
tion with High Street; thence over High Street to an in- 
tersection with Broadway; thence over Broadway to an inter- 
section with Franklin Boulevard; thence over Franklin Bou- 
levard to the easterly city limits; 


b. Beginning at highway engineer's station 646; thence 
in an easterly direction to a connection with the westerly 
terminus of Seventh Avenue; thence over Seventh Avenue to an 
intersection with Pear! Street; thence over Pearl Street to 
its intersection with Broadway; thence over Broadway to 
Franklin Boulevard; thence over Franklin Boulevard to the 
easterly city limits. 


Mr. John R. Hall, attorney, Portland, appeared before the Commis-~ 
sion in the interests of the application of Safeway Stores, Inc., to operate 
over the Old Oregon Trail, between the Idaho state line and Ontario, truck 
and semi-trailer combinations having an overall height and an overall length 
in excess of the limits specified in the Oregon statutes. He read the com 
plete file on this matter, which included a letter from the State Highway De- 
partment to the effect that the Highway Commission had authorized the grant- 
ing of the permit covering the overheight feature. He pointed out that their 
request was for a permit covering the overlength feature as well as the over- 
height; and, on the basis of the information received, the company has or- 
dered several pieces of equipment which, it now appears, cannot be operated 
legally within the State of Oregon. He urged the Commission to reconsider 
the matter and grant a blanket permit covering the overlength feature, inas- 
much as it involves an operation over the highways in Oregon for a distance 
of only one mile. After considerable discussion the Commission authorized 
the granting of such permit if, in the opinion of the Attorney, the Comnis-— 
sion has legal authority to do so. The Attorney was instructed to render an 
opinion on the subject. 


Messrs. Kenneth Poorman and Bob Hintz, contract haulers of Portland, 
came before the Commission in regard to the matter of securing permits for 
movements over state highways of equipment, et cetera, that exceeds the stat— 
utory limits in Oregon as to dimensions. They advised that they frequently 
are delayed in securing permits from the Salem office of the Commission, 
which is rather inconvenient and embarrassing, particularly in cases of emer- 
gency, and suggested that the issuance of permits could be expedited if the 
Commission would authorize the Division Engineer in Portland to issue then. 
They urged the Commission to take action to that effect. The matter was re- 
ferred to the Engineer for study and recommendation. 


Mr. Murphy, of the Murphy and Nelson Logging Company, Portland, was 
present and requested permission to truck-haul logs over the Columbia River 
Highway from Lfile Post 63.9 to ifile Post 62.4. The Engineer advised that, as 
instructed by the Commission at the previous meeting, a trial run of logs 
over this section was made and it was found that logs over 40 feet in length 
could not be transported without the use of more than one-half the width of 
the roadway, particularly at a place known as Ruthton Hill. He recommended 
denial of the request for the transportation of logs over this particular 
section. Mr. Murphy stated that it is essential that he move these logs in 
40-foot lengths, and suggested, as an alternate route, that he be granted 
permission to transport the logs over and across the Hood River Bridge at 
Hood River, thence along the Columbia River Highway to the county road that 
leads to the Columbia River opposite the intersection of the Columbia River 
Highway with the Mt. Hood Highway. The Commission deferred a decision in the 
matter pending an additional report from the Engineer. This matter was re- 
considered by the Commission on the following day and the permit was author- 
ized. (For details see minute entry ahead.) 


Reconsideration was given by the Commission to the Engineer's report 
on the results of investigations for the permanent routing of the Pacific 
Highway throvgh Eugene. after discussion the Commission approved the report 


1. That the location of the Willamette Highway between 
Dexter and Goshen be changed and that said section of said highway 
be located over the following route, to wit: 


Beginning at or near the town of Dexter; thence north- 
westerly to a junction with the Pacific Highway at or near 
the town of Goshen over the route heretofore surveyed by the 
State Highway Engineer and approved by the Commission. 


2. That the field notes and other engineering data made 
and obtained by the Engineer in the survey and location of said 
route be and the same hereby are approved and adopted as the survey. 
location and route of said Willamette Highway between said termini 
and said field notes and other engineering data shall be filed in 
the records of the State Highway Commission at Salem, Oregon. 


3. That the foregoing route hereby is adopted and desig- 
nated as the route and location of the Willamette Highway between 
said termini and when said highway is constructed or improved be- 
tween said points it shall be constructed and improved pursuant to 
said relocated line. 


4. That this resolution be entered in the minutes and 
records of the Commission and a duly certified copy thereof deliv- 
ered to the Public Roads Administration and a copy to the County 
Court of Lane County, Oregon. 


/ The Commission also considered the matter of the adoption of a 

route for a state highway along Front Avenue, Portland. The Commission decid- 
ed to designate such street as a state highway route. The following resolu- 
tion with regard thereto was adopted by the Commission by unanimous vote: 


WHEREAS, the volume of traffic entering Portland over the 
Pacific Highway, the Columbia River Highway and other state highways 
entering the City of Portland has caused congestion and a traffic 
problem which demands relief; and 


WHEREAS, it is the purpose of the Commission to select cer- 
tain streets of the City of Portland over which to route state high- 
way traffic and to reconstruct such streets so as to convert the same 
into a more adequate thoroughfare or freeway; and 


WHEREAS, the State, represented by the State Highray Com- 
mission, and the City of Portland, represented by its duly consti- 
tuted authorities, have agreed to cooperate in the accomplishment 
of an adequate thoroughfare through said City, and for that purpose 
have mutually agreed to construct a major project known as the 
Front Avenue project; and 


WHEREsS, in order that said program and project may be 
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2. That Seventh Avenue from its westerly terminus to its 
intersection with Pearl Street and Pearl Street to its intersection 
with Broadway shall be made one-way traffic streets and only traffic 
moving from a northerly direction to a southerly direction shall be 
permitted to move over said streets. 


3. That Sixth Avenue from its westerly terminus to its 
intersection with High Street and High Street from Sixth Avenue to 
its intersection with Broadway shall be made one-way traffic streets 
and only traffic moving from a southerly to a northerly direction 
shall be permitted to travel over said streets. 


4. Traffic shall not be routed over said newly designated 
streets until the highway connecting the Pacific Htghway with Seventh 
Avenue has been constructed and made ready for use. “hen traffic is 
routed over said newly selected and designated streets then Villam- 
ette Street from Sixth Avenue to Broadway and Broadway from Willam- 
mette Street to Pearl Street shall no longer be streets of the City 
of Eugene over which state highway traffic shall by order of the High- 
way Commission be deemed routed. 


5. That the municipal authorities of the City of Eugene be 
requested to pass and adopt an appropriate resolution or other appro- 
priate procedure or action to supplement the action of the Commission 
with respect to making Sixth Avenue and Seventh Avenue one-way traf- 
fic streets, and confining such streets to one-way traffic operation. 


6. That this resolution be entered in the minutes of the 
Commission and a duly certified copy thereof be delivered to the City 
of Eugene and to the Public Roads Administration and the County Court 
of Lane County, Oregon. 


The following resolution designating a permanent route for the Wil- 


lamette Highway between Dexter and a connection with the Pacific Highway at Go- 
shen was also adopted by the Commission by unanimous vote: 


WHEREAS, the Highway Commission contemplates the more per- 
manent improvement of the Willamette Highway, which is a part of the 
state highway system; and 


WHEREAS, in connection with said proposed improvement it is 
the judgment of the Commission that a portion of said highway should 
be relocated so as to afford a better alignment and a more serviceable 
highway for the general public; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the High- 
way Commission, all members being present and participating, as follows: 


the City of Portland and the Federal Government in the permanent 
improvement and accomplishment of said Front Avenue project. 


3. That when said project is completed and thrown open 
for traffic a further and appropriate resolution shall be adopted by 
the Commission fixing and prescribing rules and regulations with re- 
spect to the movement and control of traffic using said streets and 
the erection and maintenance of necessary and appropriate direction- 
al signs and traffic control signals. 


4. That the Engineer be and he hereby is instructed to 

and submit to the Highway Commission for approval, and there- 
after to the Public Roads Administration and to the City of Port- 
land for approval, necessary plans and specifications for said Front 
Avenue project and that upon the approval of said project by the sev- 
eral governmental agencies interested in and concerned therewith 
units or sections of said project shall be placed under contract as 
quickly and as expeditiously as funds are available therefor. 


5. That this resolution and action of the Highway Commis- 
sion with respect to the selection and designation of the said 
streets is adopted and made pursuant to the authority of the Highway 
Commission under Section 22, Chapter 529, Oregon Lams, 1939, to al- 
ter or change such routing when in its opinion the interests of the 
motoring public will be better served. 


6. That this resolution be entered in the minutes and 
records of the Commission and the Secretary be and he hereby is in- 


structed to deliver to the Public Roads Administration and to the 
City of Portland duly certified copies thereof. 


The Commission adjourned at 5:15 p. m., to reconvene on the follow- 
ing morning in the same room. 


Portland, Oregon, June 14, 1940 


The State Highway Commission reconvened in regular session at 9:00 
a. m. in the auditorium of the Public Service Building. Chairman Henry F. 
Cabell and Commissioner Herman Oliver were present and participating. Also 
present were the State Highway Engineer, the Attorney, and the Secretary. 


Bids as follows for highway construction work were opened and readin 
conformance with previously published notice, following which Chairman Cabell 
announced that the award of contracts would be made at 3:00 p.m. in the same 
room: 


WOODBURN-SANDY SECONDARY HIGHTAY 
ROCK CREEK-MOLALLA SECTION — BITUMINOUS MACADAM SURFACING 


Babler Bros. 

E. C. Hall Company 

A. Milne 

R. 0. Dail & Warren Bros. 
Homer G. Johnson 


accomplished it is necessary that certain streets be selected by the 
Highway Commission as streets of the City of Portland over which to 
route state highway traffic; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
Highway Commission, all members being present and affirmatively par- 
ticipating, as follows: 


1. That the following named streets of the City of Port- 
land hereby are seleeted and designated as streets over which to 
route state highway traffic in said City and as streets which shall 
constitute a state highway route through said City: i 


Beginning at the intersection of Barbur Boulevard and 
Southwest Front Avenue at or near Southwest Lane Street in 
the City of Portland; thence northerly along Southwest Front 
Avenue, crossing Southwest Arthur Street {and its extension 
known as Southwest Kelly Avenue) by means of a structure pass~ 
ing over the grade of said Southwest Arthur Street to a point 
at or near the intersection of Southwest Carruthers Street; 
thence crossing diagonally from Southwest Front Avenue to 
Southwest Water Avenue, and thence along Southwest Water Ave- 
nue, passing underneath the grade of Southwest Madison Street 
at Hawthorne Bridge, and underneath the grade of Southwest 
Morrison Street at the Morrison Street Bridge, and thence to 
an intersection with the Steel Bridge at or near the intersec- 
tion of Northwest Front Avenue and Glisan Street; thence onto 
the Steel Bridge by a set of ramps; thence across the Steel 
Bridge to the east side of the Willamette River, passing un- 
der the Stee] Bridge by a set of ramps, at a point near the 
intersection of North Williams Avenve and Northeast Oregon 
Street; thence northerly along the east bank of the Willamette 
River, passing underneath the Broadway Bridge, and thence to 
an intersection with Interstate Avenue at or near its junction 
with North Tillamook Street. 


Also the following named streets are hereby selected 
and designated as a secondary route which shall operate as a 
service road and which shall diverge from the first-named 
route at its intersection with Southwest Columbia Street; 
thence westerly along Southwest Columbia Street to its inter- 
section with Southwest Front Avenue and thence northerly 
along Southwest Front Avenue to its intersection with North- 
west Glisan Street at a point which is the approximate wester- 
ly end of the Steel Bridge. 


2. That said streets which are intended to constitute 
streets involved in the Front Avenue project be and they hereby are 
declared to be the streets and to constitute the route over which 
shall be constructed and maintained the said Front Avenue project, 
and the Commission does hereby declare its purpose to cooperate with 
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I.0.N. HIGHWAY 
MAINTENANCE PATROL STATION AT BLUE MOUNTAIN 


Fife & Company 

Viesko & Hannaman 

Walter J. Stutte 

Tri-State Construction Company 


PACIFIC HIGHWAY 
REPLACEMENT OF WIRE ROPE ON INTERSTATE BRIDGE 


Contracting & Sales Company, Inc. 
The Gilpin Construction Company 


The Engineer reported that the West Diamond Lake Secondary Highway 
has dried out sufficiently following the spring thaw to withstand legal- 
weight loads. He recommended, in view thereof, that the reduced load limit 
which has been in effect on this road for the past several months be lifted. 
The Commission approved the recomnendation and by unanimous vote adopted the 
following resolution in regard thereto: 


WHEREAS, on the 9th day of April, 1940, at a meeting of 
the Oregon State Highway Commission, all members being present and 
participating, the Commission passed and adopted a resolution re- 
ducing the maximum load limit on the 


WEST DIAMOND LAKE SECONDARY STATE HIGHWAY from its junction 
with the Crater Lake Highway, in Jackson County, to its 
junction with the Crater Lake North Secondary State Highway, 
in Douglas County, 


and 


WHEREAS, subsequent to the passage of said resolution, con- 
ditions have changed so that it is no longer necessary or desirable 
and the Commission hereby finds that it is no longer necessary or de- 
sirable to maintain the reduced load limit set out in said resolu- 
tion on the said above-named highway; 


NOW, THEREFORE, BE IT RESOLVED that the action of the State 
Highway Commission reducing the maximum permissible load limit on the 


WEST DIAMOND LAKE SECONDARY STATE HIGHWAY from its junction 
with the Crater Lake Highway, in Jackson County, to its 
junetion with the Crater Lake North Secondary State High- 
way, in Douglas County, 


be and the same hereby is rescinded and cancelled as of this date, 


and the maximum load limit permissible on the said section of said 
highway hereafter shall be the maximum load limit provided by law. 
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WOLF CREEK HIGHWAY 
ELSIE-SUNSET TUNNEL SECTION ~ OILING 


A. ifilne $27,252.50 
Babler Bros. 29,970.00 
J. C. Compton ‘ 31, 208.50 
Clifford A. Dunn 31, 386.00 
Warren Northwest, Inc. 34,969.75 


COLUMBIA RIVER HIGiTWAY 
RAINIER (6th St.E.—3rd St.W.) SECTION - GRADING AND PAVING 


City Motor Trucking Company $24,'736.50 
Edlefsen-Weygandt Company 25,884.70 
United Contracting Company 26,033.25 


OREGON COAST HIGHWAY 
BANDON SECTION — GRADING AND PLANT-iX BITUMINOUS MACADAM SURFACING 


Coos Bay Dredging Company $43,963.00 
Leonard & Slate 48, 345-00 
Berke Bros. 50, 165.50 


THE DALLES-CALIFORNIA HIGHWAY 
NORTH CANAL BRIDGE, BEND ~ REWODEL AND WIDEN 


Birkemeier & Saremal $ 3,145.00 
W. H. Philpott 3,332.50 
Averill & Corbin 3,365.00 
McNutt Bros. 3,705.00 
Clifford A. Dunn 4,685.00 


PACIFIC HIGHWAY 
MEDFORD MAINTENANCE STATION LANDSCAPING PROJECT 


Arthur T. Fox * 3,898.00 
D. L. Ashton 4,520.00 
Blair T. Alderman 5,022.00 
Guy H. Booker 5,429.00 


SANTIAM HIGHWAY 
ALBANY-CRABTREE CORNER SECTION — SURFACING, STABILIZATION, PAVING 


Using Asphalt Using Tar 
Warren Northwest, Inc. “71,531.50 § swe 
United Contracting Company 78,628.50 78,532.50 


OLD OREGON TRAIL 
ONTARIO-SNAKE RIVER SECTION — ROADSIDE Ii{PROVEMENT 


M. E. Myers & Son $ 2,772.41 
Guy H. Booker 3,784.00 
Engle & Zickler 3,974.53 
Arthur T. Fox 4,267.50 
Quinn-Robbins Company 45 379-70 
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to which they have recently been subjected and it was his thought that they 
should be posted for reduced loads as a matter of safety to the general trav— 
eling public. The Commission approved the recommendation and by unanimous 
vote adopted the following resolution in regard thereto: 


WHEREAS, the road or highway hereinafter named has been 
designated and declared to be and is a state highway and has been 
improved and is being maintained by the State Highway Commission, 
pursuant to the laws of the State of Oregon, as a state highway; 


AND “MHEREAS, on the said state highway there are located 
certain bridge structures which, in the judgment of the State High- 
way Commission, are incapable of safely carrying the traffic to 
which they are being subjected, and in order to protect said bridge 
structures against damage and injury and in order to safeguard 
traffic over said bridge structures it is deemed and is the judg- 
ment of the Highway Commission and said Commission finds that it 
will be for the best interests of the said bridge structures and 
each of them and of the traffic which uses the said bridge struc- 
tures that the maximum weights now permitted and authorized by law 
be reduced; 


AND WHEREAS, the State Highway Commission has, after due 
investigation, determined and found and it is the judgment of the 
Commission that the maximum gross loads which shall be permitted 
upon any single span of any of the said structures at any time shall 
be reduced and fixed as in this order provided; 


NOW, THEREFORE, the premises being in part as above stat- 
ed and the State Highway Commission having, as a result of due in- 
vestigation, found that the bridge structures above referred to 
and hereinafter designated are incapable of safely sustaining or 
supporting a total gross load in excess of that specified hereinbe- 
low; 


IT IS HEREBY ORDE‘ED, that the total gross weight of com— 
bined load and vehicle which at any one time shall be permitted up- 
on any single or individual span of the bridge structures shall not 
exceed the limits given and set forth hereinbelow. In computing 
the total weight of any single vehicle, the total gross weight of 
any trailer or trailers attached to said vehicle shall be consid- 
ered as a component vart of the total gross load and shall not be 
considered as a separate vehicle. This combined gross weight shall 
not. exceed the limits given hereinbelow, to wit: 


ALSEA-DEADWOOD SECONDARY STATE HIGHWAY, Benton County 


Mile Post 201.52 small log trestle 10 tons 
Mile Post 201.53 small log trestle 10 tons 


IT IS FURTHER ORDERED, that these rules and regulations as 
made and found by the State Highway Commission under the provisions 
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IT IS HEREBY ORDERED that certified copies of this resolu- 
tion be furnished the County Clerks of Jackson and Douglas Counties 
in which counties said highway is located, and that a certified copy 
of this resolution also be furnished the Superintendent of the De- 
partment of State Police for his information. 


The Commission also adopted by unanimous vote the following resolu- 
tion lifting the reduced load limit heretofore in effect on the Willamette Riv- 


er Bridge at Corvallis, the Engineer having reported that repairs to this 
bridge have been completed and the reduced load limit is no longer required: 


WHEREAS, on the 13th day of January, 1939, at a meeting of 
the State Highway Commission, all members being present and partici- 
pating, the Commission passed and adopted a resolution ordering a 
reduction of the maximum permissible load limit on certain state 
highway bridges, including the following, to wit: 


CORVALLIS-EASTSIDE SECONDARY HIGIDvAY 
210-00.13 Corvallis Bridge 10 tons 
and 


WHEREAS, subsequent to the passage of said resolution the 
said above-named bridge has been repaired so that it is no longer 
necessary or desirable to maintain the reduced load limit set out in 
said resolution; 


NOW, THEREFORE, BE IT RESOLVED that the action of the State 
Highway Commission reducing the maximum permissible load limit on the 
following bridge, to wit: 


CORVALLIS-EASTSIDE SECONDARY HIGHWAY 
210-00.13 Corvallis Bridge 10 tons 


be and the same hereby is rescinded and vacated as of this date,and 
the maximum load limit permissible on the said bridge shall hereaft- 
er be the maximum load limit provided by law. 


IT IS FURTHER ORDERZD that certified copies of this reso-— 
lution be furnished to the County Clerks of Benton and Linn Counties 
between which counties said bridge is located; and that a certified 
copy of this resolution also be furnished the Superintendent of the 
Department of State Police for his information. 


The Engineer recommended the posting of two small bridges on the Al- 


sea-—Deadwood Secondary Highway in Benton County for reduced loads. He said 
that these bridges are in a poor state of repair and will not withstand loads 
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They were informed by Chairman Cabell that the Commission has not 
as yet adopted a program for the fiscal year 1941 federal aid secondary high- 
way funds, with which this work must be financed, but the Commission expects 
to consider this matter at this session, if possible. The suggestion was 
made by Juige Woods that a definite amount of funds be budgeted for county 
road oiling work in Tillamook County and that the decision as to the projects 
be deferred until later. The Commission indicated a favorable attitude toward 
additional oiling work in Tillamook County but declined to make any definite 
commithent of funds in regard thereto at the present time. 


Judge Yloods renewed the county's request for the designation as a 
state secondary highway of the road leading from Tillamook to Netarts. The 
Commission took the matter under advisement. The County Court also asked the 
Commission for the improvement of the Oregon Coast Highway between Bay City 
and Garibaldi, particularly the straightening of this section. The Commission 
took no action on this request. Inquiry was made by the County Court as to 
the plans of the Commission for improving the alignment of the Oregon Coast 
Highway south from the city of Tillamook. The Commission authorized the Engi- 
neer to make a survey of this section, j 


Commissioner Anderson inquired when the Commission proposes to re- 
construct the bridge on the Oregon Coast Highway at Beaver and was informed 
that, according to present plans, bids for this project will be received at 
the August meeting of the Commission. This concluded the conference. 


Mr. Elmer Bankus, Brookings, was present in regard to right of way 
that is needed for the improvement of the Oregon Coast Highway through the 
town of Brookings, in Curry County. He advised that local interests have been 
working on this matter and they are now of the belief that all right of way 
matters can be cleared up without further difficulty. The Assistant Attorney 
advised that, with the exception of three parcels, there will be no difficulty 
encountered in acquiring the right of way for this project, the three in ques— 
tion being the property required from the Pedrioli Estate, that needed from 
Bernice ki, Ward, and property required of Irvin 4. Leming, which it appears 
will have to be condemned. After considerable discussion, and it being de- 
sired by the Commission to proceed with the construction of this project as 
soon as possible, the Commission instructed the Attorney to proceed with the 
condemnation of these three properties. He was also authorized to close the 
options heretofore taken for other property when the condemnation cases have 
been disposed of. The Engineer was authorized to advertise this project for 
bids some time this coming fall, if the right of way matters are cleared at 
that time, and to make provision in the contract for the completion of as much 
of the work as possible this winter without discommoding business in this tom. 


The Parks Superintendent, Mr. S. H. Boardman, was present and re- 
ported on the following park matters: 


Addition to Urpqua Lighthouse State Park, in Douglas County:- The 
Parks Superintendent reported a gift from Douglas County of approximately 
500 acres of land adjoining Umpqua thouse State Park, same being described 
as follows: We of the NE{ and the NW; of the SE4 of Section 36; Lot 3 of 
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of Section 55-2707. Oregon Code 1935 Supplement, shall be in full 
force and effect until rescinded, modified or revoked by order of 
the State Highway Commission. 


AND IT IS FUH?HER ORDERED, that a notice be posted in a 
conspicuous manner and place at each end of the above-named bridge 
structures, so that said notice can be readily seen and read, which 
notice shall state plainly the limitations and prohibitions of the 
traffic herc’. in this order determined and fixed. 


AND BE IT FURTHER ORDERED, that a certified copy of this 
resolution be furnished to the County Clerk of Benton County in 
which county said bridge structures are located, and that a certi- 
fied copy of said resolution be furnished the Superintendent of the 
Department of State Police for his information. 


The Attorney reported a request from Mr. Jack Latourette, attorney, 
Portland, either to purchase certain state-owned property at the end of Fifth 
Street, in Oregon City, or to lease the same from the state in order to pro- 
vide access thereover to property owned by the Latourettes. The Commission 
decided not to sell this property as it is needed for state highway purposes 
and to retain a clear view for highway traffic at this point. The Commission 
also decided not to lease the property to any private individual. The Attor- 
ney was instructed to inform ifr. Latourette of the action taken. 


The Attorney also presented a request from the Crown Zellerhach Cor- 
poration, Portland, to lease certain Willamette Kiver frontage in Oregon City 
between Tenth Street and Fifteenth Street, which frontage the corporation de- 
sires to use for the storase of logs in the ‘Jillamette River pending utilize- 
tion of the logs in the paper mill at ‘/illamette Falls. The Attorney advised 
that the Crown Zellerbach Corporation is willing to pay a reasonable amount 
for the use of this privilege and considers that $250.00 per year is a fair 
charge for the same. Action on this matter was deferred by the Commission 
pending completion of the construction of tho highway at this location and 
the determination at that time whether or not the use of the river frontage 
for the purpose intended would interfere with or detract from the scenic view 
from the highway. The Coamission instructed the Attorney to convey such in- 
formation to the Crown Zellerbach Corporation and to also investigate what 
would be a reasonable price to charge the corporation for the use of the prop- 
erty. 


The County Court of Tillamook County, represented by County Judge 
Harland M. Woods and County Comaissioners E. H. Lindsey and E. G. Anderson, 
came before the Commission and inquired as to the plans of the Commission for 
the oiling of certain Tillamook County roads. They asked consideration of 
the following projects in the 1941 construction program: (1) 1$-mile section 
of the South Prairie Road which extends into the Trask River district; (2) 
Nehalem River Road up the Nehalem River from Mohler; (3) A section of the Low- 
er liiami Hoad; (4) Section of the Sand Lake Road near a place known as Woods. 


A 0 
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of the Oregon Coast Highway at Bandon. He explained that inspection of the 
bids received for this work indicates strongly that all of the bidders, with 
the exception of the low bidder, have agreed among themselves as to what price 
they shovld demand for this work, He suggested a thorough investigation of 
the matter, inasrach as it will have considerable bearing on future work of 
this kind that the Commission has to offer. He also explained that the low 
bidder, who was nct a party to the collusion, is unable io furnish the re- 
quired performance bend, and requested instructions whether or not to award 
the contract to such bidder under the circunstances. After discussion the 
Commission referred the matter of the collusion of the bidders to the Engineer 
and the Attorney for investigation, and report at the next meeting, particu- 
larly inasmuch as the Commission will receive bids shortly for the removing of 
buildings from the right of way in Brookings and the nrobabilities are that 
the same bidders will submit bids for this work. Tne Commission decided to 
defer the award of the contract for the Bandon project, for which bids were 
taken at the morning session, pending the outcone of the investigation. The 
Attorney was instructed to contact iir. A. C. Baumback, one of the bidders, 
with regard thereto. He was also instructed to discuss with the omers of 

the buildings the matter of the acceptance of the bid of the low bidder who 
was unable to furnish a contract bond. 


Consideration was given by the Commission to the claim of the Elks 
Club, Oregon City, arising out of the construction of the highway along Water 
Street in that city. The Assistant Attorney advised that the Elks Club is 
demanding payment in the sum of $26.50 for changing the location of its flag- 
pole, and $75.00 for placing certain wire facilities in conduit, and an addi- 
tional amount of $329.76 for moving and replacing a certain tank which the 
club has heretofore maintained in Water Street in front of its clubhouse, al- 
though the record does not disclose that they have had a permit to maintain 
the tank in such location. Furthermore, the billing includes the cost of a 
new tank. He gave as his thought that, with the exception of the moving of 
the flagpole, the claim is invalid and not one for which the Commission is 
liable. He recommended reimbursement to the Elks Club in the amount of 
*26.50, being the expense of moving the pole, and that the balance of the 
claim be denied. The Commission approved the recommendation. 


The Attorney brought up for discussion the matter of the removal of 
certain privately owned buildings from Casey State Park adjacent to the Cra- 
ter Lake Highway, in Jackson County. He advised that the park property was 
acquired by the Commission from the Federal Government some years ago and 
that it was occupied at that time by ifr. Casey, a squatter, whe maintained a 
camp ground thereon; and that, in addition thereto, a Mr. E. M. Lamport se- 
cured permission to maintain a building on the property; and, although his 
lease expired in 1936, Mr. Lamport still maintains a building there and re- 
fuses to vacate, alleging that he has an investment of $3,000.00 in the prop- 
erty and that he has been advised by competent authority that he cannot be 
disturbed. Furthermore, ir. Lamport intends to seek recourse through Senator 
McNary. The Attorney requested instructions. The Commission deferred a de- 
cision in the matter until later; however, instructed the Attorney to bring 
all of the facts in the case to the attention of Senator McNary by letter. 
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Section 12, all in Township 22 South, Range 13 West, W.M. The Commission ac— 
cepted this gift and instructed the Secretary to send to the Douglas County 
Court an appropriate letter of appreciation. 


Proposed park east of Burns, in Harney County:- The Parks Superin- 
tendent presented a letter from lir. Earl K. Nixon, Director of the State Board 
of the Department of Geology and Mineral Industries, Portland, suggesting that 
an 80-acre tract of land in Harney County, which contains a petrified forest, 
be acquired by the state as an addition to the state parks system. He advised 
that he has inspected this property, which is located 35 miles east of Burns 
and abovt 10 miles south of the Central Oregon Highway, and ascertained that, 
in order to be of any value to the state for park or other purposes, a road- 
way would have to be constructed to it, the present road being narrow, crook- 
ed, and in a poor state of repair. He also said that one of the conditions 
of the acquisition would be the fencing of the property with metal fence and 
that a caretaker be maintained on the premises at all times. He questioned 
the advisability of the state taking over this property because of the cost 
involved. The Commissicn concurred in the viewpoint of the Parks Superinten- 
dent and accordingly disapproved the acquisition of the property. The Secre- 
tary was instructed to conve; such information to Mr. Nixon. 


Request for concession privileges at Peter Skene Ogden State Park:- 
The Parks Superintendent reported a request from Mr. L. D. UcBain, of Culver, 
Oregon, to maintain a concession in this park for the sale of novelties con- 
structed of juniper wood, He recommended that the request be denied because 
of the precedent that would be established. The Commission approved the rec- 
ommendation. 


Use of the Vista House at Crown Point for advertising purposes :- 
The Parks Superintendent suggested that, because of the large number of tour- 
ists that visit the Vista Honse, it would be a good place to disseminate trav- 
el information. He was instructed by the Commission to ascertain the attitude 
of Harold B. Say, Director of the Travel and Information Department, in regard 
thereto and to report the results thereof. 


Addition to Crooked River State Park in Jefferson County:— The 
Parks Superintendent advised tnat the Commission recently leased from the Fed- 
eral Government 3,900 acres of land at this location at an annual rental of 
$10.00. However, there are several additional parcels that should be acquired 
to properly round out the park, some of these being in county ownership and 
some being privately owned. He yave as his thought that the entire acreage 
could be acquired from the owmers at not to exceed 33.00 an acre, except one 
parcel containing an orchard. He recommended purchase of the property if the 
Commission can finance it but suggested that the Comaission's decision in the 
matter be deferred until it has had an opportunity to inspect the property 
and to investigate the entjre state parks setup. The Commission approved the 
Parks Superintendent's suggestion and agreed to inspect this property the next 
time it is in that vicinity, following which a decision will be rendered. 


The Assistant Attorney reported collusion in the submission of bids 
by house-moving contractors for the removal of buildings from the right of way 
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The Commission adjourned at 12:00 noon and reconvened at 2:00 p. m. 
in the same room with the same persons present and participating. 


The Honorable Julius Cohn, Municipal Judge, City of Portland, came 
before the Commission in behalf of Lake County Post No. 53, American Legion, 
in regard to the setting aside of a strip of land paralleling the Klamath 
Falls-Lakeview Highway on Quartz Mountain, about 30 miles west of Lakeview, 
as a memorial to be named the "Lake County World War Veterans’ Memorial". He 
inquired as to the attitude of the Commission in regard to such matter and 
was informed that the Commission could take no action until certain investiga- 
tions have been made. The Commission thereupon referred the matter to the 
State Parks Superintendent for such investigation and report. 


Messrs. 1. H. Lynch, District Engineer, and Hal D. Farmer, Senior 
Highway Engineer, representing the Public Roads Administration, were present 
in regard to the surfacing that will be needed this winter to keep the Timber- 
line Lodge Road open to winter traffic. They said that the contract under way 
at the present time does not include surfacing as they contemplated doing such 
work this year under a separate contract but the delay by Congress in appro- 
priating funds had made this impracticable. It appeared to them that the logi- 
cal thing to do, therefore, is to make arrangements by which the state would 
surface this road, as no local material was found which would be available for 
surfacing under the grading contract. They inquired whether or not the State 
Highway Commission would advance funds in the event further investigation re- 
veals that federal funds cannot be used for this purpose. The Commission 
agreed to pay this cost if necessary. 


Mr. Lynch also asked the Commission to authorize the use of state 
equipment for doing certain patching work on the oiled section of the North San- 
tiam Highway. He said that he considers the job too small to interest any pri- 
vate contractor and if the state would do the work the Federal Government would 
reimburse the state for the cost thereof. He estimated that the work would not 
take longer than two or three days and that it would cost not to exceed $2,500. 
The Commission approved the request by unanimous vote and thereupon signed an 
agreement with the Federal Yorks Administration covering the matter. 


Consideration was given by the Commission at this time to the program- 
ming of federal public lands funds which, according to Mr. Lynch, amount to ap- 
proximately $129,000.00. Mr. Lynch also advised that of this amount possibly 
$60,000.00 is available for contracting at the present time. The Engineer re- 
called that the Commission last. year allocated all of the public lands funds to 
expedite construction of the 1.0.N. Highway in Malheur County, with the under- 
standing that this year's money would be exvended on the Warm Springs Highway. 
He recommended, in view thereof, that the $60,000.00 now available be expended 
for the improvement of the darm Springs Agency Section of the Warm Springs 
Highway, or at least a sufficient amount to make good the promise of the pre- 
vious year. The Commission approved the recommendation and so ordered. 


The Commission had under consideration the programming of the 1941 
regular federal aid and federal aid secondary highway funds. The Engineer pre- 
sented projects that are eligible for such funds, from which the Commission 
selected the following, subject to telephonic approval by Commissioner Huron 
W. Clough:  (lir. Clough's approval was secured by the Engineer later. ) 
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Section, Hwy., and OQvmer Purpose Acres Approximate Amounts Agent 


Burton-Mamning Section — olf Groek Highua 
724h-Rose, Rex E. Eesement, pipe 0.30 Gratis McChesney 
line 

Salem Section — Silver Creek Falls Wighwey 
7759A-Board of Control Meintenonce Site 3.653 212 per a. DeSouza a 
Cottonwood Junction-Crabtree Section ~ Albony-Lyons Highway 
8148-Barclay, Carl Gravel Pit 9.2 $100 per a. Benson 

Road Esm't 5.8 $100 per a. 

6.0 Gratis ES 
21.00 plus $150 a 
8149-Schumacher, Glenn R/P 0.18 $200 per a.,plus $18 " a 
and Frank 

Philomath—Corvallis Section - Newport-Corveilis Highway 
8124-Jensen, Mary Ann Stock Pile «46 Land Lump Sum $300, 

* Scale Site plus $7.50, plus fenc- 

ing Goodnight 
Nehalem Spit Section - Oregon Coast Highway 
7379-Scott, Elizabeth P. Park 1 lot $10 per lot (State to 
Levis assume payment taxes, ap- 
proximately 50¢) DeSouza 

7335-Jomes, John H. Park 1 lot $10 per lot (State to 


ssume poym't taxes) " 


ecti ; 
4463-Lord, Howard C. vy 13,224 sq.ft. at 5¢ Collins 
3,080 sq.ft. ct 3¢ 


8140-Veston, Edna M. i Moving Bldg.$20 Gardiner 
5366-Lynch, Keuhue m" 69 sq.ft. Lumwp Sum $5.00 n 
1060 sq.ft. 56 eq.ft. 
11z9 sq.ft. 
71856-Nanciet, George D. " 1157 sq.ft. 7f sq.ft. plus $75 " 
5374-Shipley, Armindc J. " 530 sq.ft. 5¢ sq.ft. " 
8151-Thom, Robert " Noving house from right of ve 
vay £50.00 " 
5373-Nielson, Martha " 1060 sq.ft. 5% sq.ft. n 
§326A-Driskill, Dellcs u 1060 sq.ft. 5f sq.ft. " 
and Coos County 
7804-Hartmen, E. A. " 530 sq.ft. 5f sq.ft " 
7806-Norzis, Anna " 530 sq.ft. 5¢ sq.ft " 
5326~1-Rasmissen, Eliese " Moving building-$25 " 
7855-Gallier, E. '’. " 151 sq.ft. 10¢ sa.ft.,plus &%.90  " 
5342-Coats, Hulda and Clyac R/W & 400 sq.ft. 10¢ sq.ft., plus “110 " 
E. Steerns Channel Che. 
5341-Hearvey, Tred J. and RATE 760 sq.ft. 10¢ sq.ft.,plus moving 
Ralph York Channel Chg bldg. (Est'd at $105) " 


5357-Catholic Church B/W 29,570 sq.ft. 3¢ sq.ft. n 


The ingineer was authorized to submit these programs to the Public 
Roads Administration for epproval. 


The Assistant Attorney reported the status of the 1940 right of way 
budget. He advised that the Commission budgeted “600,000 for the purchase of 
right of way this year and that of this amount “316,000 has been obligated to 
date. The Commission approved the report. 


The Attorney recuested authority to acquire certain parcels of real 
property that are needed for warious highwey improvements throughout the 
state. He submitted a list of such properties together with the prices that 
he recommended be ncid for each. After careful consideration, the Commission 
approved the recuest end, by unanimous vote, adopted the following resolution 
in regard thereto: 


\HEREAS, in connection with the further improvement of 
the highways hereinafter designated, it is and has been necessary 
to acquire property for right of woy, quarry sites, gravel or other 
material sites, or sites for the storcge of materials, as hereinaf- 
ter more definitely seit: forth, ond 


VHERFAS, as a result of negotiations carried on with the 
owners of the property rewuired, ontions have been otained, which 
options have been considered by the Commission, outlining the beses 
of settlement which have been egreed upon, and 


VHEREAS, it is the judgment of the Commission that the 
said options should be approved and accepted, and/or the said re- 


ports be declared acceptable to the Stete Highway Commission as 
bases of settlement for the properties involved, and that the ac- 
cuisition of the properties should be completed: 


NOW, THEREFORE, BE IT RESOLVED that the several offers, 
or bases of settlement herein: fter enumersted be, and the same 
hereby are, approved and «ccepted, ond thet the Attorney for the 
State Highway Commission be, and he hereby is instructed to com- 
plete the acquisition of the said properties and to take title 
thereto in the name of the State of Oregon. The said properties 
hereby ordered and cuthorized to be accuired are as follows: 


Section, Hwy., and Ormer Piwrpose Acres Approximate Amounts Agent 


Sunset Camp-Sunset Tunnel Section - Vol? Creek Highwoy 
8037-Detroit Trust Company ‘warry és. 55.00 per a. Parker 


Houlton—Jerren Section - Columbia River Highvey _ 

7431-Belend, Cherles E. n/t 750 sa.ft. 23¢ sq.ft. plus McChesney 
$56.25 

Corbett Section - Columbia River Highway 

8138-NMorrison-Knudsen Co. uarry 5 lots $200 Lump Sum Beldock 
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Section, Hiy., and Omer Purpose 4cres Approximate Amounts Agent 
Provolt— ction — Wi Highway 
8009-Josephine County Gravel Bar 11.02 Gratis DeSouza 
Stock Pile 
ion - Crater Lake Highwa: 

8166-Hoag, Jennie G 0.37 Gratis Lytle 
8167-Tate, A. D. " 0.13 Gratis " 
efferson I ville Section — % Springs Highwe 
7834-Davison, Merie 4-3 $100 per a.,plus $428 Benson 

= - Qchoco Hi 
7603-Rose, Alma M. Slope Esm't 5.0 ft.  Gretis Benson 
W onch-Trail § a er-Trail Highwa 
$025-Shadiey, Estate Benj. Quarry 2.59 $100 per a. Benson 
8026-Siemes, Max Quarry R/T 2.50 ®100 per a. " 


7841-Booth, Gladys 


airie Ci ection - J ay Highwe: 
7471:-Cleaver, Lewis L. " 2858 sq.ft. 
(Correction) 
John Dey-Prairie City Section -— John Day Hi 


8157-Hall, Geo. H. Stock Pile 1.08 


Triangle Lake Section - Siusluw Highway 
P-190-U. S. Government Park 120 


P~191-U. S. Government 


Pork §1.51 
Section -— Coos Bay-Rosebur i 
*P-60-U. S. Government Park 160 
m — Kiama 1 
P-188-U. S. Government Park 80 


8134-King, Robert ee 33 


2760 sq.ft. 
0.27 
8133A-Geisler, Catherine Gravel Pit 1.69 
8135-Bradely, W. R. 0.47 
8136-Casady, Chas. M. RAI # 

Chennel Chg. 


8133-Geisler, Catherine n 


er Highwe 
820 per a.,plus $27.60 Collins 


Land gratis, plus 


$963.92 Gardiner 


*32.40 per a., plus fenc- 
ing $35, plus $7.50.Williams 


$55 per yr, 1l-yr. 


lease Boardman 


$6.44 for l-yr-lease " 


We 


127.50 for l-yr.lease " 


-Lakeview Highwa 


10 for l-yr.lease " 


$250 Lump Sum Land, 
plus $1250 

$50 Lump et 

$100 Lump S . 
2-yr.lease 2¢ cu.yd. n 
#750 Liwap Sum " 


20,922 sq.ft. 4f sq.ft., plus 


£2,413.12 " 
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Section, Hwy., and Omer Purpose Acres ipproximate Amounts Agent 


Bandon Section (continued 
7857A-Harter, Lee E. R/W Resteurant building and equipment 


Lump Sum $3800 Gardiner 
8168-Bandon, City of, and Channel 2 lots and part of 2 others 
Coos County Chg. Gratis 
8174-Bandon, City of RAT 4,250 sq.ft. 2.6¢ sq.ft. 
(2 lots at $50 each) 
$173-Bendon, City of " 31,500 so.ft. 1-3/4¢ sq.ft. 
(2 lots at $100 each) 
7872-Chappell & Young, and R/i 2% 960 sq.ft. 10¢ sq.ft.,plus $325 
Mrs. “Talker Chennel Che. 
$145-Capos Motor Co. RAF State is to deed motor company 
1,372 sq.ft. at 16¢ sq.ft., as 
pert compensation for building 
alterations (Est'd ct $500), leav- 
ing net to owner of 5280.48 n 
7857-Coos County, end Henry R/T 2,462 so.ft. 20f sq.ft., plus $150 " 
F. Winters 
5326-Coburn, Geo. ( Insur- " Noving 10x12 tmilding (low bid 
ence Office) 


2558-Inmon, C. C. , a DeSouza 


Bandon-Port Orford Section - Oregon Coast Highway 
8035--Boise, Carrie Gravel Pit- 0.71 1 yeor lease, 
3 


Haul Road é cu.yd. Gerdiner 


8034-Hensen, H. H. Gravel Pit 02 l yr.lease, 34 cu.yd. " 


7932-Swearingen, Lucinda ileintenence 4560 sq.ft. ‘500 Lump Sum Collins 
Site 
7934-Mannel, Carrie C. Maintenance 1896 sq.ft. %350 Lump Sum * 
Site 
7930-Ball, John ¥. and iiiaintenance 3000 sq.ft. 4é sq.ft.,plus $280 


7865-Lane County / ‘1 Lump Sum,plus $1 Devers 


Beer Creek-ashlend Section - ai 
7955-/alls, Margery Borrow Pit 0.35 l-yr. lease Gratis Benson 


Grants Pess-Green Creek Section - Pacific Highway 
7275-Troll, Matilda R/¥ 1283 sq.ft. 2¢ sq.ft.,plus McCallister 
(Correction) $89.34 


Klamath Falls-lerrill Section ~ Klamath Falls-Malin Hi 
8139-Klameth County Stock Pile 1.65 S100 per a. 
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3. That the boundaries of the said parcel or parcels of 
Jend, as defined and determined by the said survey made by the said 
Highway Engineer, along the route or location adopted by the High- 
way Commission, shall be and the same hereby are adopted end the 
lands defined therein are hereby declared to be and the same are in- 
cluded within the rights of woy of the said portion or portions of 
the said state highway system end hereby are declared to be neces- 
sary for the proper location, improvement, construction, and main- 
tenance of the said portion or portions of the state highway system. 

° 

4. That I. H. Van Winkle, Attorney General of the State 
of Oregon, and J. M. Devers, Assistant Attorney General end Attor- 
ney for the State Highwey Commission, be end they cre hereby re- 
guested, authorized, and directed to attempt to agree with the om- 
er or owners and/or with the tenants or persons in possession, if 
there be any, of said parcel or parcels of land with respect to the 
compensation to be paid for the taking of the same end the demage, 
if there be any, and in the event that no satisfactory agreement 
or agreements can be reached, then it is hereby further resolved 
thet the Attorney General of the State of Oregon and J. M. Devers, 
Assistent Attorney General and Attorney for the State Highway Com- 
mission, be and they hereby ere recucsted to commence and prosecute 
to a final determination such suit or action, or suits or actions, 
as may be necessary and appropriate to acquire title to the said 
premises end all rights therein for the purposes herein stated. 


5. That this resolution be entered in full in the min- 
utes and records of this Commission. 


At 3:00 p. m. Chairman Cabell announced the following awards of 
contracts, bids for which were taken at the morning session, such avards hav- 
ing been previously approved by the unenimous vote of the two members of the 
Commission present: 


"Rock Creek-Molalla Section of the Voodburn-Gendy Secondary 
Highwey, in Clacknmas County. 4.9 miles bituminous macadam surfac- 
ing. Babler Bros., Portlend, submitted the low bid on this proj- 
ect, in the amount of $65,365.00, using tar. They did not submit 
a bid based on the use of asphalt. 5. ¢. Hall Company, Eugene, sub- 
mitted the next low bid being in the cmount of $70,660.00, based on 
the use of asphalt, and 570,935.00, besed on the use of tar. There 
were 3 higher bidders. The Commission awards this contract to Bab- 
ler Bros., at their low bid of $65,365.00, based on the use of tar. 


"Elsie-Sunset Tunnel Section of the Wolf Creek Highway, in 
Clatsop and Tashington Counties. 1.10 miles surfacing and 20.37 
miles oiling. The low bid received for this project was thet of A. 
Milne, Portland, in the amount of $27,252.50. The next low bid wes 
that of Bobler Bros., Portland, in the amount of $29,970.00. There 


A 
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The Attorney also recuested .uthcrity to institute condemnation pro- 
ceedings to acquire right of way needed for the Quartz Mountain-Drews Valley 
Section of the Klamath Fallis-Lckeview Highway across property belonging tc 
the estate of George H. Newell of Lake County. He advised that thic would be 
a friendly suit and is simply required in order to clear title to the property. 
The Commission approved the recuest and, thereupon, by unanimous vote, adopted 
the following resolution in regard thereto: 


FHERZAS, the State Highway Commission is by law author- 
ized and directed. to ley out, locate, relocate, designate, con- 
struct, reconstruct, improve, and maintain a system of state high- 
ways in the State of Oregon, including both primary and secondary 
state highvays, to acquire rights of way necessary therefor, and to 
Geclare the necessity and need for the acquisition thercof, and the 
advantages to be geinec thereby; 


» THEREFORE, 52 IT AID IT liEREBY IS RESOLVED by the 
State Pe Commission as follows: 


1. That the State Highwey Commission does hereby find 
and declare thet it is necessary, will be of odvantage to the State 
of Oregon, and is needful that the State acquire for right of way 
purposes for use in connection vith the permanent location, con- 
struction, improvement, and maintenance of the following section or 
sections of the state highwey system of the State of Oregon, to wit: 


Quartz Mt.-Drews Valley Section of the (lamath 
Falls-Lakeview Highway 


real property owned by or in possession of the following parties and/ 
or persons, to wit: 


Estate of George H. Newell, decezsed 


and this Commission does hereby declere further that the said prop- 
erty or properties are necessary, are needful, and the acquisition 
thereof will be of advantage to the State of Oregon for right of 
way purposes in order to make it possible for the State Highway Com- 
mission to properly locate, relocate, construct, reconstruct, and 
maintain saic portion or portions of the scid state highway system 
in accordance with standards adopted by this Commission relative to 
curvature, grades, alignment, drainage, and factors of safety. 


2s % the State Highway Engineer be and he hereby is 
instructed and directed to properly survey the marcel or parcels of 
land required for such right of way purposes and prepare proper and 
adequate descriptions thereof, which descriptions shall be employed 
in the preparation of a deed or deeds or other instrument or in- 
struments necessary to complete the acquisition of the said property 
or properties om which descriptions may be used in the preparation of 
a complaint in the event that condemnation proceedings ere necessary. 


Echo, submitted the low bid for this work in the amount of $2,772.41. 
Guy H. Booker, Portland, submitted the next low bid in the amount 

of $3,784.00. There were 3 higher bidders. This contract is 
awarded to the low bidders, M. E. Myers & Son, at their bid of 
$2,772.41. re 


"Maintenance Patrol Station at Blue Mountain, on the I.0.N. 
Highway, 30 miles north of McDermitt, Nevada, in Malheur County. 
The low bid received for this work was that of Fife & Company, 
Nyssa, in the amount of $20,823.00. The next low bid was that of 
Viesko & Hannaman, Salem, in the amount of $21,348.00. There were 
2 higher bidders. The Commission has referred all bids for this 
work to the Engineer with power to award the contract to the low 
bidder, Fife & Company, when certain conditions have been fulfilled. 


"Replacement of wire rope on the Interstate Bridge over the 
Columbia River, on the Pacific Highway between Vancouver and Port- 
land, Multnomah County. Only 2 bids were received for this work, 
that of the Contracting & Sales Company, Inc., Portland, being the 
low bid, in the amount of $6,290.00. The other bid was that of 
The Gilpin Construction Company, Portland, in the amount of 
$9,465.00. Both of these bids have been referred to the Engineer 
with power to award the contract to the low bidde>, the Contract- 
ing & Sales Company, Inc., when certain condition: have been ful- 
filled." 


The Commission had under discussion the matter of acquiring tide- 
lands from Mr. C. C. Inman which are desirable in connection with the pro- 
posed relocation of the Oregon Coast Highway near Port Orford. In connection 
with this matter the State Highway Commission also gave consideration to the 
desirability of acquiring all of the pronerty betveen the revised location of 
the highway, at Hubbard Creek, and the normal high-water mark, which pur- 
chase may affect certain lands understood to be under option by Captein Har- 
old Roach. After consideration, the Commission decided to acquire all of the 
property between the highway and the ocean at this point, including the In- 
man tidelands which will be a valuable adjunct thereto. The Commission auth- 
orized the purchase of the Inman property for the amount of the option, which 
is $1,250, or $25.72 per acre for the 48.6 acres. 


Mr. Walter Meacham, Member of the Committee appointed by the Commis- 
sion to reccommend sites for the erection of historical markers along the Old 
Oregon Trail, wes present and submitted to the Commission a report from this 
committee. The report was referred to the Ingineer for study. 


Chairman Cabell expressed the Commission's appreciation of the work 
performed by the members of this committee, which consists of Ray Conway, 
Chairman, Manager of the Oregon State Motor Association; Lewis A. McArthur, 
President of the Oregon Historical Society, and lir. Meachan. 


Mr. Murphy of the Murphy & Nelson Logging Company reappeared before 
the Commission in regard to the hauling of logs over the Columbia River Highway 
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were 3 higher bidders. This contract is avarded to the low bidder, 
A. Milne, at his bid of $27,252.50. 


"Rainier Section (6th Street E.-3rd Street W.) of Columbia 
River Highway, in Columbia County. 0.45 mile grading and paving. 
The City Motor Trucking Company, Portland, submitted the low bid for 
this work in the amount of $24,736.50. Edlefsen-\'eygandt Company, 
Portland, submitted the next low bid in the amount of $25,884.70. 
There was only 1 higher bidder. This contract is awarded to the 
City Motor Trucking Company at its low bid of 524,736.50. 


"Bandon Section of the Oregon Coast Highway, in Coos County. 
0.59 mile grading and plant-mix bituminous macadam surfacing. Only 
3 bids were received for this project, that of the Coos Bay Dredg- 
ing Company, Marshfield, being low, in the amount of $43,963.00. 
Leonard & Slate, Multnomah, vere the second-low bidders, with their 
bid of $48,345.00. The Commission refers all bids received on this 
job to the Engineer with pover to award the contract to the low bid- 
der when certain conditions have been fulfilled. 


"North Canal Bridge on The Dalles-California Highway ot the 
north city limits of Bend, in Deschutes County. Remodel and widen 
existing bridge. Birkemeier & Saremal, Portland, submitted the low 
bid on this project in the amount of $3,145.00. W. H. Philpott, 
Portland, submitted the next low bid in the amount of $3,332.50. 
There were 3 higher bidders. The Commission awards this job to the 
low bieders, Birkemeier & Saremel, at their bid of $3,145.00. 


"Medford Maintenance Station Landscaping Project on the Pa- 
cific Highway, in Jackson County. The lor bid received for this 
vork is that of Arthur T. Fox, Salem, in the amount of $3,898.00. 
The next low bid is that of D. L. sshton, Lebanon, in the amount 
of $4,520.00. There were 2 higher bidders. The Commission awerds 
this contract to the low bidder, Arthur T. Fox, at his bid of 
53,898.00. 


"Albany-Crabtree Corner Section of the Santiam Highway, in 
Linn County. 3.95 miles surfacing, 1.13 miles cement stabilization, 
1.22 miles paving, 1.97 miles oil surface treatment, 1.98 miles - 
bituminous macadam wearing surfsce. Only 2 bids were received for 
this vork, that of Warren-Northwest, Inc., Portland, in the amount 
of 671,531.50, besed on the use of asphalt, being the low one. They 
did not submit a bid based on the use of tar. The other bid was 
that of the United Contracting Company, Portland, in the amount of 
$78,628.50, based on the use of asphalt, and $78,532.50, based on 
the use of tar. The Commission awards this contract- to the low bid- 
der, Warren Northwest, Inc., at its bid of $71,531.50, using as- 
phelt. 


"“Ontario-Snake River Section of the Old Oregon Trail, in Mal- 
heur County. 1.27 miles roadside improvement. M. E. Myers & Son, 
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A telegram wes presented from the Sweet Home Chamber of Commerce 
urging the Commission to complete the construction of the South Santiam High- 
way throughout its entire length at the earliest possible time. The Secre- 
tary wes instructed to inform the Chamber of Commerce that the Commission is 
now proceeding a3 rapidly with this work as funds will permit. 


The Engineer reported the cost to oil the shoulders adjacent to the 
pavement on the Oregon Cocst Highway through the town of Cloverdale. He said 
that this work, which would consist of oiling full width between curbs for a 
distance of about tvo blocks, would cost ahout $2,000 and he recommended ap- 
proval of the expenditure. The Commission approved the recommendation. 


The Commission discussed matters pertaining tc the construction of 
a section of the "Route F" Highwey in Lane County across the Fern Ridge Dam 
Reservoir. The Engineer advised that Lane County, the Army Engineers and he 
are in agreement with respect to the financing of this work, according to 
letters which heve been exchanged, although the matter has not been covered 
by formal agreement. lie requested authority io advertise this project for 
bids es soon as such formal agreement hus been executed by all perties con- 
cerned. The Commission approved the recuest on condition that all of the le- 
gal features involved are anproved by the Attorney. The Attorney vas in- 
structed to discuss vuhe matter with the Lane County Court. 


A report wae rendered by the Ingineer on the cost to construct ¢ 
turnout for trucks adjacent to the Columbia River Yighiery ct the Washington 
State line, as has heretofore been requested by certcin trucking industries 
as an accommodation in breaking up their truck and trailer combinations to 
meet the Orcgon statutory requirements as to overol) length. He advised that 
investigation reveals that it is possible to con:truct a turnout 20 feet wide 
and 400 feet long at the stete line for the sum of cporoximately 4500. He 
pointed out that there ere suitable locetions availuble within the State of 
Washington where the truck equipment could be broken un into units that would 
meet the Oregon length requirements and guve as his thought that Oregon should 
not be required to spend its funds for this mrpese, He recommended denial of 
the request. The Commission aporovec. the recommend:tion. 


Consideration wes given by the Comaission to o letter from the Spring- 
field City Council requesting advice on the feasibility of diverting logging 
truck traffic and other heavy traffic off the McKenzie Highwmy to 2 route 
about one-half block south of Main Street in tha* town, so as to relieve the 
city of this traffic problem. The Commission considered that this is a matter 
of strictly local concern »nd accordingly decided nut to assume ony responsi- 
bility in connection thererith. 


The Secretary presented @ letter from the Roseburg Chamber of Com~ 
merce inviting the members of the State Higuwy Commission and its stcff to 
attend the celebration that is to be held in Roseburg on Fricay, June 21, in 
connection with the dedication of the North Umpqua Road bet-een Roseburg and 
Diemond Lake, hich celebration includes « caraven trip to Diamond Lake. The 
Commission eccepted the invitation with thanks. 
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from iiood River easterly to the county road which connects with this highwey 
at the Mount Hood Highway junction and extends northerly to the Columbia 
River. The Engineer advised that a test run of logs over this section reveals 
that 40-foot logs camot be transported thereover without crossing the center 
line of the highway, particularly at the east end of the Hood River Bridge. 

He recommended, however, that a permit be granted to the Murphy-Nelson Logging 
Company to truck-haul logs 40 feet in length over this section provided they 
will maintain flagmen for the protection of other traffic, one of seid flag- 
men to be stationed at the curve ct the east end of the Hood River Bridge anc 
the other at the point where the county road intersects the Columbia River 
Highvay. The Commission approved the recommendation. 


In this connection the Engineer recalled that the Commission pre- 
viously authorized certain operators to truck-haul 32-foot length logs over 
this highway from the Momt Hocd Highway junction into the city of Hood River 
without flagmen. He gave as his thought that the conditions obtcining at 
this point justify the maintenance of flagnen at three points, viz., at the 
intersection of the Mount Hood Hishwmy trith the Columbia River Highway and 2 
each end of the Hood River Bridge, ond he recommended that the Commission so 
modify its previous ruling. The Comnission spvroved the recommendation and 
so ordered. The Secretary was inctructed to convey this information to the 
Public Utilities Commissioner cond request a modification to that effect in 
the permits that are issued from his office. 


In the discussion of this matter the question arose whether or not 
the county road extending from tae Columbic. River ilighvay to the Columbia 
River, over which road the Murphy-Nelson Logging Company plans to truck-heul 
its logs, has a proper conncction with the Columbia River Hichway. The Engi- 
neer was instructed to investigate the conditions and to report the cost to 
improve this connection if it is not satisfactory at the present time. 


The Engineer discussed with the Commission a letter from the Di- 
rector of Highweys of the State of Washington, advising thet he is now prepar- 
ing a construction budget for the next biennium, which begins April 1, 1941, 
arid in connection therewith is considering the improvement of the highway be- 
tween lalla Walla and the Oregon Stcte line, particularly the section between 
College Place and the state line, anc inquiring cs to the plans of the Oregon 
State Highway Commission Sor the construction of this road within the state 
of Oregon. The Engineer advised thot if the Stcte of Washington reconstructs 
the HWeshington Section of this highway it would necessitate Oregon's building 
the section from Milton-Freewater to the Tashington State line which it was 
not planned to do for several years. The Commission instructed the Ingineer 
to inform the Washington officials that the State of Oregon does not contem- 
plate undertaking this project during the next biennium. 


Commmications were presented from the Parkrose Lions Club and Mult- 
nomah County Fire District No. 2 requesting the oiling of the dirt shoulders 
adjacent to the highway pevement through the Parkrose District, Portland, from 
82nd Avenue to 122nd Avenue. The Commission decided to inspect this project 
before taking action on the recuest and to consider it in the programming of 
funds for next year's construction. 
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In this connection the Secretary presented a resolution from the Baker 
County Court requesting that the Sumpter Valley Secondary State Highway be 
extended to the town of Granite. Action on this matter was deferred pending 
inspection of the road. 


Petitions were presented from numerous taxpayers of Baker County op- 
posing any expenditure of highway funds for the improvement of the existing 
section of the Baker-Homestead Hightay between Flagstaff and Lover Powder end 
urging construction on permanent alignment between these points et the earli- rt, 
est possible time. In the discussion of this matter the Commission reaffirmed E 
its previous decision to contract work on the permanent alignment, costing 
about $120,000, some time this fall. 


The Commission discussed a number of commnicctions from citizens and ass 
organizations in Coos County requesting the oiling of the Powers Secondary ae? 
State Highvay, particulurly the northerly 5-mile section thereof. The Engi- ieee 
neer advised that there is considereble log hauling treffic over this road ; 
and that the dust conditions resulting therefrom, according to reports, are 
most unbeareble. However, inspectien of the road reveals that it is not in 
condition to receive an oil treatment. Further, that to surface and oil the 
5-mile section would cost about “14,000. He caid that he could not see how 
the Commission could finance the project at this time so, in order to allevi- 
ate the dust condition somewhat, he ordered maintencnce forces to sprinkle 
the road with water and thet the watering tank is now in operation and should 
alleviate the dust nuisance considerably and meke the rond much safer for 
travel. The Commission approved the action taken by the Engineer in this mat- 
ter and agreed to bear this project in mind for consideration in the formla- 
tion of future construction programs. 


The Secretary presented 2 resolution from the County Court of Wallowa 
County requesting the designation, as a stcte secondary highway, of the county 
road known as the Wallowa-Powratka-Troy Highvey, in Wellowa County, which 
road is 39.5 miles in length. A letter was also presented from the Wellowans 
Club of Wallowe. requesting such designation and c resolution from the Wallowa 
Pomona Grange Wo. 22, Joseph, Oregon, requesting state aid in the improvement 
of this road from Troy to the Washington State line. The Commission denied 
the request for the time being; however, agreed to keep the project in mind 
and to discuss it with the Hallowe County Court then the programming of future 
federal aid secondary state highwey funds is considered. 


The Commission discussed a letter from County Judge U. G. Couch of 
Union County inquiring es to the plons of tne Commission for the proposed cut- 
off section of the Old Oregon Trail which extends up Ladd Canyon to North 
Powler. Judge Couch advised that the county court has under contemplation 
the improvement of this cutoff but, because of limited county funds available, 
does not wish to spend very mich for 4 permancnt improvement if it is the in- 
tention of the State Highway Commission to take it over as a stete highwey. 
The Commission ordered that Judge Couch be informed that definite plans for 
this cutoff have not been made, hence the Commission is not in a position to 
give him any definite information at this time; however, the Commission rill 
be pleased to inspect this road the next time it is in thet vicinity. 


9603 


The Commission discussed the setting of a date for its inspection 
trip on the Oregon Coast Highway but deferred definite action thereon until 
later. 


Reconsiderction was given by the Commission to the request of the 
Gold Hill Garden Club for the construction of 2 sidewalk on the Rogue River 
Bridge at Gold Hill for the benefit of school children and other pedestrians. 
Action on this matter was deferred by the Commission pending additional re- 
port from the Engineer 2s to the volume of pedestrian traffic thet uses this 
bridge. 


The Commission discussed a letter from County Judge ilugh McLain, 

Coos County, urging the Commission to improve the Coos River Secondary High- 
way through Golden Falls Perk in order to provide « suitable road for the 
truck-hauling of logs.’ The Ingineer advised that, while the present road 
runs through the state park at this location, it is not a state highway and 
there is a question whether it is even a county road. He suggested that the 
Commission deny Judge McLain's request and that the logging operators be re-~ 
quired to build their own rocd entirely off the state park premises which he 
believec could be done at reasonable cost. The Commission indicated approval 
of the Engineer's suggestion but took no definite action on the matter. 

A letter was presented from the Huber Commercial Club recuesting the 
elimination of a dangerous dip on the Tualstin Velley Highway a short distance 
east of the town of Huber. The Engineer advised thet a dip in the highwey, 
such as exists at the point referred to, is neturelly very undesirable in a 
highvey that carries as much traffic as does the Tualetin Valley Highwa:7; how- 
ever, it would cost a considercble sum to eliminate it. He suggested that the 
Commission defer its decision on the matter pending a trial of the double traf- 
fic stripe which has been painted on the pavement ct this place to see what ef- 
fect such ctriping vill have in theelimination of cccidents. The Commission 
approved the suggestion. 


The Secretary presented a resolution from the Malheur County Pomona 
Grange urging the construction of a road extending from the I.0.N. Highway, 
near the town of Rome, northerly to < connection with the Central Orcgon High- 
way, mear the tomm of Harper. The Commission denied the request because funds 
cannot be spared to’finance it and for the further reason that the Commission 
considers that it should complete the I.0.N. Highway before starting on new 
projects in this vicinity. 


The Commission discussed a letter from Mr. R. B. McGinnis, Mining 
Engineer, Granite, Oregon, rccuesting the improvement of < 3-mile section of 
the Sumpter Valley Secondary State Highway between Sumpter ond a place known 
as NcColley's Fork, which section Mr. McGinnis alleges is practically impess- 
able in places. The Engincer advised that this section is simply en ungraded 
and unsurfaced county road although it is on the secondary state highway system 
and, accordingly, is being maintained by the state. He ostimated the cost to 
stabilize the weak portions thereof at $1,500 and sugested that the request 
be denied. The Commission deferred a decision in the matter pending an inspec- 
tion of the road. 


TIN14 1940 


WIiG ad 


9606 


that this work will cost ebout $125.00. However, he recommended denial of the 
request for the reason that it would establish an undesirable precedent in do- 
ing work for private concerns. Furthermore, in his estimation, it is work 
thet should be done by some contractor. The Commission approved his recommen- 
dation. 


A petition was presented from residents of Benton and Lincoln Coun- 
ties requesting the oiling of the Eddyville-Blodgett Secondary Highway from 
Blodgett to Nashville. The Engineer advised that this section is 7+ miles in 
length and that the surfacing is not suitable to take a coat of oil. He es- 
timated the cost to stabilize and oil the road at about $44,600. The Commis- 
sion decided, in view of the cost involved, to deny the request for immediate 
construction, however, agreed to keep the project in mind for consideration 
in next year's progran. 


The Commission discussed a petition from residents of Lane County 
requesting the improvement of the Alsea-Deadwocd Secondary Highwey between 
Swisshome and Paris, particularly the sections known as Haight's Grade, Olson 
Grade, the rock crusher site, and two places near Deer Creek, totalling ap- 
proximately four miles. The Engineer estimated that it would cost about 
$18,500 to wide.: the grade and construct surfacing on the widened portions and 
that it would cost about $855,000 to grade, surfsce, and construct bridges on 
the entire road, which is 20.1 miles long. The Commission denied the request 
in view of the high cost of the improvement, and the lack of funds with which 
to finance it. 


The Commission considered and denied the request from the City of 
Klamath Falls for the improvement of the secondary highway on the west side of 
Klamath Lake, known as the West Side or Rock Creek Road, as a detour in the 
event The Dalles-California Highway should become impassable «t any time by 
reason of floods or other disasters. 


A letter from Chester P. Walker, Yamhill, Oregon, requesting the 
oiling of the unoiled portion of the Yamhill-Newberg Secondary Highway had 
the attention of the Commission. The Engineer advised that the unoiled sec- 
tion is about 4 or 5 miles long and he estimated that it would cost about 
$5,000 to place a light oil treatment thereon. The Commission instructed the 
Engineer to make further investigation of the road and, if in his estimation 
the oiling work can be done for not to exceed $5,000, then he is authorized to 
proceed with the improvement. 


The Commission discussed 2 letter from Earl G. Muir, Eugene, in 
which the Commission was urged to improve the Eugene-Swisshome Secondary State 
Highway, particularly the section between San Antone Creek and its junction 
with the Siuslaw Highway, so as to permit the hauling of logs over the same. 
The Engineer advised that the section which Mr. Muir wishes improved is 6.7 
miles in length. He estimated that the minimum amount required to place this 
section in condition to permit log hauling would be ebout $4,000, exclusive 
of bridge structures, of which there are sixteen on this section. He recom- 
mended denial of the request, particularly in view of the fact that this road 
will be abandoned as a state highway if and when the so-called "Route F" High- 
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Consideration was given by the Commission to a letter from Mr. H. 
Jepson, Mist, Oregon, who requests the oiling of the 3-mile section of the 
Nehalem Secondary Highway between Mist ond Birkenfeld which will complete the 
oiling of this road. The Engineer advised that this is a very desirable in- 
provement and is on the priority list. He recomnended that it be kept in 
mind for construction next year in the program for state funds. He estimated 
that it would cost about $35,000. Chairman Cabell suggested that it might be 
possible to finance this job with funds heretofore set up for the improvement 
of the Siletz Secondary Highway, in Lincoln County, inasmuch as there is a 
question whether or not the federal authorities will approve the Siletz proj- 
ect as now planned. The Comnaigsion indicated a favorable attitude toward the 
transfer of such funds but deferred a definite decision pending receipt of ad- 
ditional information from the Engincer. The Engineer vas instructed to report 
at the next meeting on the cost to construct the Siletz project to a low stand- 
ard, using all state fumds to finence it. Also, to submit an estimate of cost 
to construct it to federal standards, using federal funds to finance it, and, 
as a third alternate, to submit on estimate of cost to construct 2 portion of 
it with federal funds and a portion with state funds. 


The Commission discussed and ordered filed a resolution from Aloha 
Grange, Aloha, Oregon, in which the Commission was urged to widen the Tualatin 
Valley Highway for four lanes of treffic between Portland and Beaverton and 
to continue such improvement to Forcst Grove. 


A petition was presented from the property ormers of Hebo, Oregon, 
requesting the oiling, or otherwise hard surfacing, of the shoulders on both 
sides of the Three Rivers Highway (McMinnville-Tillamook Highway) through 
Hebo. The Commission decided that it cannot finance this project this year, 
in view of the fact that it has just ordered the improvement of the Oregon 
Coast Highway through the tow of Cloverdale which will take all of the funds 
that can be spared in this vicinity this year, but cgreed to bear it in mind 
for next year's construction. 


The Commission discussed a letter from the North Lincoln County 
Chamber of Commerce urging improvement of the Salmon River Highway between 
Bellevue and Valley Junction. The Commission denied the reguest for construc- 
tion this year on account of lack of funds to finance the work; however, 
agreed to bear the project in mind for consideration in the formulation of 
next year's program. 


The Commission discussed and referred to the Engineer for report a 
petition from numerous residents of Salem requesting the improvement of the 
Silver Creek Fells Secondary Highway No. 163 between the State Highway Shops, 
at Salem, and its junction with the Turner Road at ea place commonly knom as 
Four Corners, a distance of about one mile. 


The Commission discussed a letter from the Union Pacific Railroad 
Company inquiring whether or not it would be pogsible to secure the services 
of the state's oiling crew to repair the roadway leading to the company's 
freighthouse and team track in Hood River and offering to reimburse the state 
for the cost thereof if the state will do the ork. The Mngineer estimated 
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The Commission considered the following requests for extensions of 
time within which to complete highway construction projects: 


Denten & Young, Contract No. 2233, for the construction of a 
bridge over Lang Canyon on the Columbia River Highway, in Gilliam 
County, requested an additional extension of time, from March 31 
to April 5, 1940, within which to complete this job. The Engineer 
advised thet the contract time limit was previously extended for 
90 days, or until Merch 31, 1940, without penalty, on account of 
delay in the award of the contract. He further advised that the 
bridge was practically completed before the expiration of this ex- 
tended time limit but the contractors were not able to complete 
the painting of the handrails on account of cdverse weather condi- 
tions. He recommended, in view of the circumstances, that the ex- 
tension of time requested be granted without penalty. A letter was 
presented from W. ii. Lynch, District Engineer, Public Roads Admin- 
istration, concurring therein. The Commission approved the recom 
mendation unanimously. 


Guy H. Booker & Arthur T. Fox, Contract No. 2288, for roadside 
improvement on the North Unit, Ana Spring-Hunter Hill Section of 
the Fremont Highwey, in Leake County, requested en extension of time 
of two days, from May 15 to May 17, 1940, within which to complete 
this job. They alleged that their failure to complete the project 
within the specified time limit was due to unusually rainy veather 
and additional work which they were required to do, which work was 
not included in the original contract. The Engineer advised that 
the rensons given by the coatractor for failure to complete the 
job within the specified time are correct. Further, tht the travel- 
ing public has not been inconvenienced by the delay, neither has 
the state incurred any extra expense for engineering 
supervision. He recommended that the extension be granted without 
penalty. A letter was presented from the Public Roads Administra- 
tion concurring therein. The Commission cvproved the recommenda- 
tion unanimously. 


Vernie Jarl, Contruct No. 2295, for clearing the Middle Unit, 
Troutdele-Corbett Section of the Columbia River Highway, in Mult- 
nomah County, requested <n extension of time of three deys, from 
April 15 to April 18, 1940, within which to complete this job. 

He alleged that bad weather conditions which prevented burning 
operations were the reason for his failure to complete the job 
within the specified time limit. The Engineer advised that the ex- 
planation given by Mr. jarl for f2ilure to complete the project 

on time is correct. He further advised that the state has not 
incurred any extre expense for engineering supervision, neither 
has the general traveling public been inconvenienced by the delay 
because the job is situate entirely away from any traffic. He 
recommended that the extension of time requested be granted with- 
out penalty. The Commission approved the recommendation. 
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way is constructed, and because the volume of traffic that uses the road does 
not justify the expense. The Commission approved the recommendation. 


The Commission considered the matter of extending the contract with 
Leonard and Slate for furnishing ferry service across the Willamette River at 
Wilsonville and decided to extend this contract for a period of six months, 
or until Janvary 1, 1941. The Commission thereupon signed an agreement with 
Leonard and Slate covering the matter which said agreement also bears the con- 
sent of the surety on the bond furnished by the contractor in connection with 
this project. The Engineer was authorized to advertise this ferry service 
for bids to be received at the next meeting. 


The Engineer requested authority to purchase the following equip- 
ment: 


Power plant equipment for lighting the Willamette Tunnel 
on the Willamette Highway - estimated cost $6,000; 


1 light-type truck equipped with 600-gallon pressure tank 
and twe pumps for use by landscape maintenance crew - es- 
timated cost 51,184.00. 


The Commission approved the request and ordered that the purchases be made 
through the State Board of Control in the usual manner, 


The Secretary presented the application of the Foster Lumber Com- 
pany, Willamina, to maintain e 13" guy wire across the Salmon River Highway 
as one of the supports for a boom pole to be used in connection with the load- 
ing of logs onto railroad cars. The Commission denied the request as a mat- 
ter of policy, it being considered that the maintenance of such guy wire under 
pressure over a highway would constitute a hazard to the general traveling 
public. 


The Commission considered and ordered filed an item from a news- 
paper knomm as "The Progressive" published in Portland, in which the Commis- 
sion is criticized for its plans in connection with the S2nd Street project 
(Cascade Secondary Highway) between Portland and Oregon City. 


The Commission discussed and denied as a matter of policy the ap- 
plication of Lewis M. White, Portland, to maintain beehives on the right of 
way of the Wolf Creek Highway near a place ‘mown as Wolf Creek Camp. Mr. 
White offered to pay the state $40 for this privilege. 


The Secretary presented a letter from the Baker County Taxpayers’ 
League offering objections to the taking of some of the city park in the tom 
of Haines as right of wey for the improvement of the Old Oregon Trail through 
this tom. The Engineer advised that only a very small part of this park was 
teken for the highway improvement and that it did not in the least affect the 
park adversely; furthermore, he believed that when the highway improvement is 
completed the people in this tomm will be perfectly satisfied with the same 
and will not miss the small portion of the park that has been taken. The Com- 
mission ordered the communication filed. 
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Contract No. 2255, with A. S. Wallace, for furnish- 
ing crushed rock on the Siskiyou Junction-Klamath County 
Line Section of the Green Springs Highway, in Jackson 
County. Completed May 25, 1940. 


Contract No. 2263, with Contracting & Sales Company, 
for moving and reconstructing the Methodist Episcopal 
Church Buildings in Tigard, Washington County. Completed 
May 31, 1940. 


Contract No. 2270, with Tidepoint Compeny, for furnish- 
ing crushed rock on the Mist-Vernonia Section of the Ne- 
halem Secondary Highway, in Columbia County. Completed 
May 4, 1940. 


Contrect No. 2276, with Fisher Bros., for grading and 
surfacing the Hay Canyon Section of the Moro-Hay Canyon 
County Road, in Sherman County. Completed May 1, 1940. 


Contract No. 2288, «ith Guy H. Booker and Arthur T. 
Fox, for roadside improvement on the North Unit, Ana 
Spring-Hunter Hill Section of the Fremont Highway, in 
Lake County. Completed May 17, 1940. 


Contract No. 2295, with Vernie Jarl, for clearing on 
the Troutdale-Corbett Section of the Columbia River High- 
way, in Multnomah County. Completed Anril 18, 1940. 


THEREFORE, BE IT RESOLVED that the work covered by said state 
highway contracts for the construction of suid state highway proj- 
ects be declared completed according to the terms of the respective 
contracts, and said jobs are hereby accepted and final payment in 
connection with each is hereby authorized. 


The Commission had under discussion the setting of a date for its 
next regular meeting for the receiving of bids on highway construction proj- 
ects and decided to hold such mecting in Portland on Thursday, July 18, 1940. 
The Secretary was instructed to make the usual arrangements for the use of 
the auditorium in the Public Service Building for this purpose. The Commis- 
sion also decided to hold « special meeting in Roseburg on the evening of 
Thursday, June 20, to dispose of cccumlated routine matters. 


The Commission considered and signed agreements, et cetera, us fol- 
lows: 


Agreement with Leonard and Slate covering extension of the 
Wilsonville Ferry Contrect for a period of six months - to Januaryl, 
1941. 
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The Engineer reportod that Contracts Nos. 2164, 2184, 2195, 2202, 
2211, 2231, 2233, 2241, 2255, 2263, 2270, 2276, 2288, and 2295, for the con- 
struction of state highvey projects, have been completed according to the re- 
quirements of the contracts or modifications thereof, and that said jobs ere 
now ready for acceptrnce. The following resolution accepting the above proj- 
ects was offered end was adopted by the unanimous vote of the Commission: 


WHEREAS, the ingineer hes revorted that the following State 
Highvay Commission contracts for the construction of state high- 
wey projects have been completed according to the terms end pro- 
visions of the contracts and said jobs are now reacy for accept- 
ance? 


Contract No. 2164, with Fisher Bros., for grading, 
surfacing, ond oiling the Eagle Creck-‘lede Corner Sec- 
tion of the Engle Creek-Firvood County Road, in Clackamas 
County. Completed May 27, 1940. 


Contriuct No. 2184, with 8S. S. Montagne, for grading, 
surfacing and ciling the Head Creek-Wren “ection of the 
Kings Valley Secondary Fichvay, in Benton County. Com- 
pleted June 3, 1940. 


Contract No. 2195, with Birkemeicr & Saremal, for 
construction cf the Third Street Uncercrossing on The 
Dalles—California Highway in Pend, Deschutes County. 
Completed June 6, 1940. 


Contrect No. 2202, with i. L. Rice, for grading, sur- 
facing, and oiling the Strebin RNoad-Hosner Rocd Section 


Completed June 1, 1940. 


Contract Fo. 2211, with H. L. O'Neil & Son, for 
grading and bridge construction on the Ovyhee River-Tudor 
Ranch Section of the [.0.i!. Highway, in Mnlheur County. 
Completed Licey 24, i940. 

Contract No. 2231, with Roy L. Houck, for gradinz 
the State Farm-Adams Section of the Oregon-Yashington 
Highway, in Umatille County. Completed ticy 25, 1940. 


Contrect No. 2233, with Denten & Young, for bridge 
construction over Lung Canyon on the Colwzbic River High- 
vay, in Gilliam County. Completed April 2, 1940. 


Contract No. 2741, with F. R. Hewett, for furnishing 
crushed rock on the Elgin-Rock Creek Section of the Wallowa 
Loke Highvoy, in Yallowa County, and the tmion-North Powder 
Section of the 01d Gregon Trail, in Union Country. Com- 
pleted June 5, 1940. 
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Quitclaim Deed conveying unto Lincoln County 3.15 acres of 
land situate in Government Lots 1, 2 & 3, of Section 36, Towmship 
13 South, Range 12 ‘lest, W. M., in Lincoln County; right of way 
file #R-4475. 


The meeting was adjourned et 5:00 p. nm. 


State Highway Engineer Ché@irman 
Secretary -, j fa Commissioner 


Roseburg, Oregon, June 20, 1940 


The State Highway Commission met in special session at 9:30 p. m in 
the Blue Room of the Umpqua Hotel. Present were: 


Henry F. Cabell, Chairman 

Huron VW. Clough, Commissioner 

R. H. Baldock, State Highway Engineer 
J. HK. Devers, Attorney 

H. B. Glaisyer, Secretary 


Commissioner Oliver was excused from attending this meeting. 


Due to the fact that Commissioner Clough was not present at the meet- 
ing held on June 13 and 14, in Portland, when the Commission selected certain 
projects for the construction program for the fiscal vear 1941 federal aid 
funds, full information concerning the projects selected for such program at 
that time was given him by Mr. Cabell. Commissioner Clough approved the selec-— 
tion of projects, thus making the Commission's decision unanimous with respect 
thereto. 


The Commission had under discussion the matter of preparation of 
bills for the 1941 legislature. The Attorney was instructed to prepare bills 
covering the followirg subjects and present them to the Commission for approv— 
al at its meeting on July 18: (1) Modification of House Bill No. 28 that was 
considered by the 1939 legislature. (2) Freeway bill. (3) Roadside beauti- 
fication bill in behalf of the Oregon Roadside Council. (4) Bill covering the 
regulations for the truck-hauling of logs and piling over state highways. 


The Commission also had under discussion the advisability of securing 
a special allocation <f federal funds to expedite the modernization of the Pa- 
cific Highway and the Columbia River Highway. It was decided not to appeal to " 
Congress for a special appropriation for any particular project. However, the 
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Agreement with Mildred K. Colvin pertaining to the acquisi- 
tion of a park site in Curry County. 


Permit authorizing the U. S. Forest Service to mceve over- 
sized equipment over state highweys in connection with the fight- 
ing of forest fires. 


Agreement «ith Eugene I. Hug providing for the lecce of uw 
maintenance headquarters site at Elgin. 


Agreement ‘:ith the Federal Works Administrctor providing for 

repeir work to be done on the Forest Highway Section of the North 

tiam Highwey by state forces, reimbursement to the state to be 
made by the Federal Government. 


Agreement with the Portland Traction Communy relative to the 
improvement of Lombard Strect in Portland. 


Agreement witi the City of Astoria covering the matter of the 
State Highway Commission's contribution cf funds to assist in the 
financing of the removel of houses from Taylor |venue, in Astoria. 


Agreement with the Mountain States Pover Comveny providing 
for the use of three of the company's voles in connection with a 
traffic signal suspension in the town of Rickresll. 


Agreement with the Union Pacific Railroad Company covering 
the matter of the eliminction of the railroad grade crossing in 
the town of Nyssa, in Malheur Comty. 


Agreement with I. J. Rossman ond wife providing for the lease 
of e maintenance headquarters site in the tomm of Florence. 


Agreement with Oregon State Board of Higher Education cover- 
ing the matter of the use of the facilities of the college radio 
station KOAC during the sumer months of 1940. 


Lease agreement vith Teyerhaeuser Timber Company extending 
for a period of five years, or until August 14, 1945, the lease of 
three stockpile sites in Jackson County, right of way file #2527. 


Warranty Deed conveying unto the 0.1/.R.R.é il. Company certain 
property situate in the SE; of Section 33, Tormship 7 South, Range 
39 East, W.li., Baker County, being in the town of Haines; right of 
way file 6882. 


Bargein and Scle Deed conveying unto Ifugh G. Welker 389 sq.ft. 
of land situate outside of the highway right of way limits in Lot 4 
of Block 4, Shield's Addition to Cottage Grove, Lane County; right 
of way file #5640 
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The Commission discussed the sale of 23 acres of land situate adja- 
cent to the Warm Springs Highway in the NE4 of Section 9, Township 10 South, 

13 East, %.M., Jefferson County, to Mr. Floyd Wood, Madras, Oregon, who 
submitted the high bid therefor in the amount of $50.00, in reply to the Attor- 
ney's call for bids on June 17, 1940. The Commission deferred approval of 
this offer pending inspection of the premises. 


Reconsideration was given by the Commission to a request made by 
County Judge Hugh McLain, Coos County, for the improvement of the road through 
Golden and Silver Falls State Park. The Engineer advised tnat the records 
have been searched to ascertain what, if any, obligation the Commission as- 
sumed in accepting the deed to this park from the county, and it has been as- 
certained that there are no obligations that have not been satisfied. In view 
thereof, he recommended that Judge Mciain's request be denied, particularly in 
view of the fact that the road carries very little traffic other than logging 
traffic, and, in his estimation, the expense of the improvement is not justi- 
fied; and for the further reason that, accordinj, to the State Parks Superin- 
tendent, it would be possible for the logging company to construct a much bet- 
ter private road entirely outside of the park boundaries. The Commission ap- 
proved the recommendation. 


The Attorney reported the results of his investigation of the small 
parcel of state-owned property near the north city limits of Roseburg, which 
property a Mr. Edwards of Roseburg desires to purchase for his personal use. 
He said that such investigation reveals that the property is part of an old 
county road right of way that was given to the state by the county. Further, 
that it lies entirely outside of the new highway right of way and is not need— 
ed for state highway purposes. He suggested that, inasmuch as the county 
deeded this property to the state, the state quitclaim it back to the county 
and let the county sell it to Mr. Edwards if it so desires, and secure the 
benefits of the sale. The Commission approved the suggestion. 


The Commission had under discussion the application of Schroeder & 
Iverson, Sixes, Oregon, for permission to occupy temporarily certain state- 
owned property adjacent to the Oregon Coast Highway at Sixes River, it being 
their intention to construct certain buildings on this property for use in 
connection with their logging operations in this vicinity. The Commission de- 
nied the request and instructed the Engineer to order Schroeder and Iverson 
to vacate the state property that they are now using without permit. 


The Commission had under discussion matters pertaining to the right 
of way for the proposed improvement of the Oregon Coast Highway south of Port 
Orford. It was pointed out that the Commission at the previous meeting author- 
ized the securing of all of the land between the proposed highway centerline 
and the beach along the section from Port Orford to a point near Hubbard Creek, 
but no definite decision was reached with respect to the balance of the right 
of way, and the Public Roads Administration is now suggesting that all of the 
land between the highway centerline and the beach along the entire length of 
the proposed project be acquired so as to eliminate any possibility of its be- 
ing commercialized and to retain the present unobstructed view of the Port Or- 
ford Harbor and the ocean shore line. The Commission approved the suggestion 
and authorized the Attorney to obtain options for the property. 
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Commission expressed itself as being not opposed to the people of Roseburg and 
vicinity endeavoring to secure a special allotment of funds for the improve- 
ment of the Pacific Highway between Roseburg and Grants Pass, if they so de- 
sire. 


The Commission discussed a letter from the State Parks Superinten- 
dent relative to charging to the state parks budget the cost of acquiring way-— 
side strips. It was the Parks Superintendent's thought that, inasmuch as way- 
side strips are necessary to the construction and maintenance of highways and 
because W.P.A. forces can be ysed in cleaning up and reforesting the areas, it 
might be advisable to charge this expense to right of way rather than to parks 
thus conserving the parks funds for strictly park purposes. The Commission 
decided to keep the accounts separate and to charge to the right of way budget 
the cost of the land acquired for right of way purposes and to the parks bud- 
get the cost of land outside of the limits of the right of way. 


A letter was presented from the Acting Regional Grazier, U. S. De- 
partment of the Interior, Grazing Service, in regard to the Highway Commis- 
sion's application for additional right of way along the Fremont Highway in 
the vicinity of Picture Rock Pass, Lake County. The Acting Regional Grazier 
advises that the Grazing Service has no objection to the approval of this ap- 
Plication if the State Highway Department will, first, agree to protect and 
preserve the Indian writings on the rocks at the Pass; and, second, will allow 
the free use of the Pass as a stock driveway. As to condition No. 1, the Com- 
mission agreed to protect and preserve the Indian writings, inasmuch as that 
is in compliance with the Commission's established policy. As to condition 
No. 2, the Commission considered it inadvisable to allow stock on the highway; 
however, agreed to accept the condition if possible to construct fences to 
keep the stock off the highway. 


The Commission considered the application of contractors Kern & 
Kibbe, Portland, to purchase a state-owned rock quarry at Bandon, known as 
Tupper Rock Quarry, which contains about two acres of land. It was the con- 
tractors' thought that this quarry is of no value to the state inasmuch as it 
contains extra~hard rock unsuitable for manufacturing into road surfacing ma- 
terial. The Engineer advised that the State Highway Department acquired this 
quarry a number of years ago for use in connection with surfacing work in the 
vicinity of Bandon. However, the rock proved to be very hard and it was dif- 
ficult and very expensive to break it up into a size that could be used on the 
road, so it was abandoned for that purpose and the contractor was obliged to 
ship in rock from other sources. The rock is of excellent quality, he said, 
and would make fine road-building material if broken up into proper sizes, 
which he thought could be done now in view of the improvements that have been 
made in crushing equipment. He suggested that the quarry be not sold to Kern 
& Kibbe, who want to use the rock in repairing and extending the jetty at Ban- 
don, and suggested, in lieu thereof, that all of the contractors who are in- 
terested in the jetty work be given an opportunity to purchase rock from the 
quarry on a specified royalty basis, with the understanding that the State 
Highway Department could have all of the tailings from the manufacture of the 
jetty rock. The Commission approved the suggestion and instructed the Engi- 
neer to notify the jetty contractors when the jetty work is advertised for 
bids. 


The Commission discussed the letter from the Toledo Lions Club in-— 
quiring when the Commission proposes to surface and oil the Siletz Secondary 
Highway between Toledo and Siletz. The Engineer advised that the Commission 
budgeted $35,000.00 of 1940 federal aid funds to finance « 2-.il2 project on 
this highway where the present road is very crooked. However, the Public 
Roads Administration will not approve such project, alleging that the plans 
do not meet the federal standards; so, the question now before the Commission 
is whether to proceed with the improvement, us federal standards, or to do 
the work as a state project, using lower standards. He recommended adoption 
of the government standard job and that the contracting of the work be de- 
ferred until the 1941 federal funds are available for use, when it would be 
possible to undertake a much larger job, using both 1940 and 1941 funds in 
conjunction with state funds to finance it. It was his idea that the worst 
section should be improved first and that the state funds should be used to 
finance the work that cannot be paid with the federal funds. The Commission 
indicated approval of the Engincer's sugzestion but deferred definite action 
until later. 


The Attorney brought up for discussion the matter of insuring a res- 
idence building that was acquired by the Commission in a right of way transac— 
tion at Grants Pass. He advised that the insurance heretofore carried on the 
building has expired and that the building is being occupied by engineers of 
the State Highway Department. Further, that the building is valued at $1,800.00 
and that the annual premium for $1,200.00 is $53.00. He also said that the 
building is in fairly good condition and will not be needed for state highvay 
purposes when the engineers vacate it. A decision in this matter was deferred 
by the Commission pending additional report from the Attorney as to how many 
buildings in this category are owned by the Highway Department. 


A letter was presented from the Plywood, Veneer & Boy-Shook Workers 
Union, Sheridan, Oregon, urging the installation of traffic signals at the en- 
trance of the Salmon River Highway (McMinnville-Tillamook Highway) into Sheri- 
dan and Willamina; also, requesting that railroad-crossing signals be in- 
stalled at the two railroad crossings between Yillamina and Sheridan, and that 
safety lanes be painted and signs be erected at these points for the benefit 
of pedestrian and vehicular traffic. The Engineer advised that the Traffic 
Engineer has made a thorough investigation of this matter and recommends the 
installation of one two-way beacon at the curve at the north end of the bridge 
and one one-way beacon at the curve at the south end of the bridge at Willami- 
na, at an estimated total cost of $200.00, provided the City of Willamina will 
pay the cost of operating the same. The Commission approved the recommenda- 
tion. 


The E gineer also reported on requests for traffic signals, lights, 
et cetera, at Newberg, Jefferson, Albany, and Baker. He said that these re- 
quests have been investigated by the Traffic Engineer, who recommends as fol- 
lows: 


Newberg: The Traffic Engineer recommended the installation of 
a semi-traffic-actuated signal at the intersection of First and 
College Streets at an estimated cost of $2,500.00, and the installa- 
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Reconsideration was given by the Commission to the matter of con- 
structing driveways providing ingress and egress to and from service stations 
and other commercial establishments located adjacent to state highway rights 
of way, and the construction of pump islands that are-involved. The question 
arose whether or not it would be advisable to ascertain through the courts 
just what authority the State Highway Commission has to construct and maintain 
the islands on the highway right of way. Action in this matter was again de- 
ferred pending consultation with Commissioner Oliver and then with Governor 
Charles A. Sprague. 


The Commission discussed an order from the office of Governor 
Charles A. Sprague with respect to the granting of leaves of absence to state 
employees who are members of military or naval forces of the nation. The or- 
der extends to such employees, in view of the extraordinary conditions now ob- 
taining, leave of absence of 21 days, without loss of pay or vacation, during 
the calendar year 1940 only. The Commission approved the order in so far as 
it pertains to employees of the State Highway Department for the year 1940 and 
instructed the Engineer to adhere to the provisions thereof in the granting 
of vacations and leaves of absence to employees under his supervision. 


The Engineer reported briefly on county roads in Curry County that 
are eligible for federal secondary highway funds. The Commission took no ac- 
tion on this report, deferring the same until it makes its inspection trip in- 
to Curry County later in the summer. The Engineer was instructed to send to 
each Commissioner, in the meantime, a copy of the report. 


The Engineer reported the results of investigation of the request of 
Mr. Charles £. Burnett, City Recorder, Pendleton, for the landscaping of cut- 
bank slopes along the Old Oregon Trail east of the railroad grade separation 
structure on Turner Street in East Pendleton. He advised that this matter was 
investigated by Landscape Engineer George Otten, who ascertained that the own- 
ers of the adjacent properties, a Mr. Russell Adams, Indian, and Mr. Wm. Gie- 
bels, want the state to plant shrubbery on the slopes and to maintain and ir- 
rigate the same, alleging that that was one of the conditions of their sale of 
right of way for. the highway improvement. Mr. Otten also reports, he said, 
that the nature of the soil in the cutbanks is such that it would be very dif- 
ficult to secure proper growth of shrubbery and vines, Furthermore, any obli- 
gation that the state may have had in connection with the securing of the 
right of way has been fulfilled. There is no assurance, he added, that after 
the shrubbery has been planted it will not be destroyed later on by excavation 
to make room for service stations or other roadside establishments. He recom- 
mended that the request be denied. The Commission approved the recommendation. 


A letter was presented from County Judge David F. Graham, Malheur 
County, renewing his request for the improvement of the Vale West Secondary 
Highway (Graham Boulevard). he Engineer suggested that serious considera- 
tion should be given to this project in the formulation of the next program, 
and that in the meantime the Commission should make a trip into Eastern Oregon 
to inspect the county roads in that Cistrict. The Commission approved the sug- 
gestion. 
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The Commission discussed a letter from Contractor Homer G. Johnson with 
respect to his bid subnitted on June 13 for the construction of the German- 
tovn Road-Barnes Road Section of the Skyline Boulevard, in Multnomah County. 
Mr. Johnson alleges that a mistake was made in submitting his bid for Item 8B, 
“Heavy Tar in Place", and that the unit price for such item was inadvertently 
inserted in the space for Item 8A, "Asphalt in Place", it being his intention 
to limit his bid to the tar alternate, such mistake having been made by a 
clerk in his office. He said that this was an honest mistake and that he 
would not be justified in submitting a bid of $16.50 per ton for asphalt. He 
also said that the bids submitted by the other contractors on this work were 
all based on the tar alternate and he pointed to such fact as evidence that 
he is acting in good faith in requesting that he be allowed to use tar in- 
stead of asphalt in this work. In this connection the Secretary also present- 
ed a letter from Contractor J. C. Compton of Mciinnville, who expects to sub- 
contract the oiling work, in which he verifies Mr. Johnson's assertions. 


The Commission took the attitude that the contractor should be re- 
sponsible for any bid that he submits and that it would be a mistake and 
would cause embarrassment in the future if this change were permitted. Ac- 
cordingly, the request was denied. The Engineer was instructed to advise Mr. 
Compton by telephone of the action taken. 


The matter of designating the Willamette Highway a through highway 
throughout its entire length had the attention of the Commission. The follow- 
ing resolution so designating this highway was adopted by the Commission by 
unanimous vote, upon recommendation of the Engineer, and the Engineer was in- 
structed to install appropriate stop signs at all crossroads where warranted: 


WHEREAS, the Willamette Highway is a state highway of pri- 
mary importance and because of its connection with The Dalles— 
California Highway and the Pacific Highway carries a large volume 
of traffic; and 


WHErEaS, said highway between its connection with the Pa- 
cific Highway at Goshen and its connection with The Dalles- 
California Highway near the town of Chemult is intersected by many 
local roads and by some roads serving various communities through 
which the Willamette Highway passes; and 


WHEREAS, in the judgment of the Commission the Willamette 
Highway should be designated as a main traveled or through highway. 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED BY THE 
COMMISSION, a majority of the members being present and affirmative- 
ly voting, as follows: 


1. That the ‘¥illamette Highway from its junction with 
the Pacific Highway from the town of Goshen in Lane County through- 
out its entire length to its junction with The Dalles-California 
Highway near the town of Chemult in Klamath County be and the same 
hereby is designated as and declared to be a main traveled or 
through highway. 


jun 20 1940 


9617 


tion of flashing beacons at the intersection of First and River 
Streets and at First and Lain Streets at an estimated total cost of 
$300.00, subject to the Commission's established policy, which pro- 
vides that the entire cost of the flashing beacons shall be paid by 
the state but that 50 per cent of the cost of the semi-traffic- 
actuated signals, being approximately $1,250.00, shall be paid by 
the City of Newberg; and provided, further, that the city shall fur- 
nish the electrical energy required to operate all of the signals. 
The Commission approved the recommendation provided the city pays 
its share of the cost. 


Jefferson: The Traffic Engineer recommended the installation 
of a flashing beacon at the intersection of Second and Main Streets, 
provided the city will pay the cost of electricity to operate it. 
The Commission approved the reconmendation. 


Albany: The Traffic Engineer recommended that the Commission 
defer its decision with respect to the installation of traffic sig- 
nals at this place until the new highway route through the city is 
completed, at which time a new traffic survey will be made. The | 
Commission approved the recommendation. | 


Baker: It was the recommendation of the Traffic Engineer that 
the request for traffic signals at this place be denied but that 
the matter of stopping traffic at the three intersections involved 
be modified so as to require three-way stops and that the city be 
requested to adopt parallel parking along the routes of state high- | 
ways through this city. The Commission approved the recommendation. | 
The Engineer was instructed to direct a communication to the City of 
Baker and inform them why, in the opinion of the Commission, traffic 
signals are not needed and to suggest to the City things that it 
could do to safeguard traffic. 


In the discussion of this matter there arose the question of uni- | 
formity in the painting of traffic lanes. It appears that there is no par- | 
ticular uniformity in the painting of such lanes at the present time, The | 
Engineer was instructed by the Commission to look into the matter. | 


A letter was presented from the Eastside Commercial Club, Portland, 
endorsing the request of the Union Avenue Association, Portland, for the bet- 
ter lighting of Union Avenue, route of the Pacific Highway East. The request 
was denied for lack of funds to finance it. 


In the discussion of this matter it was pointed out that when the 
Commission approved the lighting project on Interstate Avenue, promise was 
given to the Public Roads Administration that such lighting would be extended 
later on to the Interstate Bridge. However, the work has not yet been done. 
The Commission decided to consider this project in its next program and in- 
structed tbe Engineer to submit to the Commission in the meantime an estimate 
of cost to do the work. 
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34-1623-171 
29-1612-154 


22-1604-107 
27-1629-135 
204-1621-110 
21-1623-165 


17-1633-104 
17=1633-LO4A 
6-1641-135 
10-1626-107 


20-1627-107 
18-1616-154 

9-1615-165 
28-2616-171 


23-1615-154A 


124-1671-104 
103~1661-104 


103-1663-131 
134-1665-171 
124-1665-163 


122-1663-107 
103-1663-107 


106~-1665-153 
120-1669-107 


120-1669-107 
106-1661-142 


20-1623-151- 
08 and 09 


tterment (con d 


Brought Forward $5855.00 

Reflectorized crossbuck signs in 

Tigard (labor only) 12.00 
Bridge replacement with pipe and 

grade widening in cooperation with 

Tillamook Co. (State's share) 5000.00 
Oil Main Street in Sweet Home 3000.00 
Repair sidewalk N. of Monmouth 115.00 
Stabilize Elsie-Jewell Road 3000.00 
Remove rock point and widen roadbed 

S. of Waldport 600.00 
Pavement planing N. of Grants Pass 3500.00 
Nonskid N. of Grants Pass 9000.00 
Oil footpath in Coquille 3200.00 
Widen and oil Pacific Highway in 

Sutherlin 125.00 
Surface and oil Lincoln Street in 

Florence 810.00 
60' of 18" C.G.I. pipe in Bly 175.00 
Remove 3 rock points on McKenzie-Bend Hwy. 75.00 
Preparation of site for marker for 

Wasco Co. Pioneer Ass'n 225.00 
Lower ditch and install siphon on 

Old Oregon Trail 200.00 

Total 


SECONDARY MINOR BETTERMENT 


Widen one block on State Street in Salem 

Plane and nonskid 4.6 miles of Cascade 
Highway 

Construct gravel shoulder at Estacada 
School 

Install crossbuck signs at Durham Sta. 
(abor only) 

Dig and transplant 100 Incense trees S. 
entrance to Lit. Angel 

Oil 1.62 miles at Thomas Cr. 

Oil 2.46 miles on Woodburn-Sandy be- 

. tween contracts 

Guard fence in Powers 

Stabilize and oil .P. 0.0 to N.P. 2.61 
in vicinity of Jasper 

Stabilize and oil U.P. 2.61 to U.P. 5.22 
in vicinity of Jasper 

Storm sewer and catch basins in 
Charleston 

Total 


PRIMARY BRIDGE BETTERMENT 
Grade Revision at Goshen & Springfield 
Total 


1900.00 
6400.00 
800.00 

12.00 


300.00 
1620.00 


2460.00 
40.00 


4500.00 


4500.00 


$34,892.00 


2. That the Highway Engineer be and he hereby is in- 
structed to place along said highway at all points where roads in- 
tersect the Willamette Highway appropriate signs or markers notify 
ing drivers of vehicles to stop before entering or crossing the 
Willamette Highway. The Engineer is further instructed to place 
such signs or markers as nearly as practicable at the place where 
said cross or intersecting road meets the prolongation of the near- 
est property line of such through highway, and the place where 
such signs are installed shall designate to the drivers of motor 
vehicles entering said through highway from any of said cross or 
intersecting roads the place where the stop shall be made. 


: 


3. This resolution shall be entered in the minutes and _ 
records of the Commission as of the twentieth day of June, 1940, and 
a duly certified copy thereof delivered to the Public Roads Admin- 
istration and a copy to the County Court of Lane County and the 
County Court of Klamath County, Oregon. 


Reconsideration was given by the Commission to the matter of the use 
of the ocean beach at Seaside as an airplane landing field. The Attorney ad- 
vised that he has investigated this matter and is of the opinion that the 
City of Seaside is fully within its rights in allowing the beach to be used 
for this purpose. Further, that the Highway Commission is without authority 
in the matter because the area that is being used by aircraft is outside of 
the area tiiat is under the control of the Commission. In view of the Attor- 
ney's report the Commission decided to take no further action to stop the use 
of the beach for this purpose. 


The Engineer reported that since the primary and secondary highway 
minor betterment budgets were approved by the Commission last fall additional 
construction work has been ordered by the Commission requiring increases in 
these budgets totalling 463,944.00, of which amount $34,892.00 is for pri- 
mary minor betterments, $23,932.00 is for secondary minor betterments, 
$4,720.00 is for primary bridge betterment, and 4400.00 is for secondary 
bridge betterment, He submitted the following list of projects making up the 
totals and requested authority from the Commission to increase the budgets ac- 
cordingly. The Commission approved the request unanimously and ordered that 
the increased amounts be paid from the Emergency Fund: 


PRIMARY MINOR BETTERMENT 
26-1626-163 Sprinkling system at S. plaza at Ross 


Island Bridge $ 760.00 
“ ~1623-131 Grading and paving shoulder area in 

Tigard 3300.00 
26-1620-153 Guard fence on Barbur Blvd. at Dr, Menne 

property 300.00 
26-1615-172 Traffic islands at Sylvan 275.00 
26-1615-131 Shoulder oiling between Portland and 

Sylvan (Canyon Road rock walls) 1220.00 

(Carried forward $5855.00 
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the Commission is simply to cover the movement of the dredge from one side of 
the highway to the other and not to cover mining operations on the highway 
right of way, which operations will be opposed by the Commission. 


The Secretary reported that the Oregon Packing Corporation has re- 
newed its request for a blanket permit authorizing the movement of its pea- 
viners over state highways in the vicinity of Astoria. He advised that he is 
in receipt of a letter from the company stating that it is the equipment on 
which the peaviners are transported that is 12 feet in width and not the pea- 
viners themselves and that they have cut down the width of the hauling equip- 
ment to 9 3/4 feet. The Commission considered that the movement of equip- 
ment of such width over state highways introduces too great a hazarqg to other” 
highway traffic and accordingly confirmed its previous decision denying the 
request for a blanket permit. However, the Secretary was authorized to issue 
permits for individual movements during the present pea-harvesting season 
only, which is in conformance with the Commission's previous ruling on this 
matter. 


The Engineer reported the cost to construct a proposed State High- 
way Department laboratory building in Salem. He estimated that the building, 
as planned, will cost about $75,000.00. The Commission considered this too 
costly an undertaking at the present time and therefore deferred further con- 
sideration of the matter until next year. 


The matter of granting permits for the moving of combination over- 
width and overlength loads over state highways had the attention of the Com- 
mission. The Commission authorized such movements in the event no part of the 
hauling equipment or the load would extend beyond the center line of the high- 
way, such permits to be issued only in cases of emergency and in the event ae: 
that the article being moved cannot be dismantled so as not to exceed the lin- i. 
its prescribed by statute. 


The Engineer reported a request from the City of Albany for the 
construction of driveways across the Albany drainage canal at the south city 
limits of Albany. He said that the city has it in mind to develop certain 
property adjacent to the Pacific Highway East at the south city limits of Al- 
bany, and, in connection therewith, will need several road approaches from 
the highway. Further, that the Albany drainage canal parallels the highway 
at this location and, in the construction of such roadway approaches, it will 
be necessary to install drainage structures of some kind to carry the water. 
The drainare canal, he said, is located on city-owned right of way and has 
nothing whatever to do with the highway, although the canal was constructed 
in connection with a state highway contract. He estimated the cost of the 
structures at several thousand dollars and recommended denial of the city's 
request because, in his estimation, it is strictly a city responsibility. iF 
The Commission concurred in the viewpoint of the Engineer and thereupon ap— 43 
proved his recommendation. 3 


Consideration was given by the Commission to a request from the 
County Roadmaster of Douglas County for certain obsolete metal caution signs 
owned by the State Highway Department, which signs Douglas County desires to 
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SECONDARY BRIDGE BETTERMENT 


134-1665-152- Sidewalk on Fanno Creek Bridge $250.00 
06 


120-1661-152- Raise bridges to provide additional ite 
02, 03, & 04 drainage area 50. 
“a Total $ 400.00 


Grand Total $63, 944000 


The Engineer reported that, in accordance with authority previously 
granted him by the Commission, he has awarded contracts as follows: 


Grading and surfacing Lone Rock Junction-Rock Creek Section of 
the Wasco-Heppner Secondary Highway, in Gilliam County. Bids taken 
May 3, contract awarded May 28, 1940, to uf. L. O'Neil & Son, the 
low bidders, the conditions of the award having been satisfied. 


Replacement of wire rope on Interstate Bridge over the Colum— 
bia River on the Pacific Highway between Vancouver and Portland. 
Bids taken June 14, contract awarded June 17, 1940, to Contracting 
& Sales Company, the low bidders, the conditions of the award hav- 
ing been satisfied. 


The Commission confirmed the awards as reported. 


The Commission discussed the claim of the Northwest Development Com- 
pany, which company is represented by Hallock, Donald & Banta, attorneys-at— 
law, Baker, said claim having to do with the right of the company to conduct 
dredi;ing operations across the right of way of the Sumpter Valley Secondary 
Highway, in Baker County, particularly in the NE of the SEZ of Section 32, 
T. 9 S., R. 37 E., W. M. The Engineer advised that when this matter first 
came to his attention it was thought that the development company simply 
wished to move its dredge from one side of the highway to the other, which 
would necessite the digging of a trench only big enough to float the dredge 
and that the trench would be filled in immediately after the dredge was taken 
across the road, which operation would not interfere greatly with the traffic 
on the highway because it was intended to provid: a good detour. However, it 
now appears that the company desires not only to cross the highway with its 
dredge but also wishes to conduct gold-dredging operations on the highway 
right of way, which is an entirely different matter and would prove very ob- 
jectionable and would introduce an extreme hazard to highway traffic. He rec- 
ommended denial of the company's request to conduct mining operations on the 
highway right of way but that the company be allowed to dig a trench of suf- 
ficient depth to float the dredge across the highway provided the company 
will backfill the trench immediately after the moving operation is completed 
and will provide a suitable detour for traffic around the scene of the opera- 
tions. After discussion the Commission approved the Engineer's recommenda- 
tionand instructed the Attorney to prepare an appropriate agreement covering 
the matter, which agreement is to state clearly that the aithority granted by 
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‘ine Commission considered and approved a letter from the County 
Court of Jackson County advising that the Court has decided that it has no 
use for the old right of way of the Green Springs Highway, in Jackson County, 
which was abandoned by the State Highway Commission on May 3, 1940, under 
Abandonment and Retention Resolution No. 72, on account of relocation of the 
highway on other alignment. The Secretary was instructed to file this letter 
in the department records. 


The Commission discussed a report from the State Police Department 
relative to log-hauling operations on state highways in the vicinity of Grand 
Ronde. It appears that on June 12, 1940, officers Spaulding and Emahieser 
were engaged in the weighing of logging trucks at the Grand Ronde scales, and, 
in order to expedite the weighing, Officer Spaulding directed the truck driv- 
ers ta the scales from a service station about 1 mile westerly thereof. It 
also appears that, during the process of weighing,three operators (viz., B. R. 
Bewley, Independence; ‘ialdemar Herman Johnson, Villamina; and Norman Francis 
Updegrave, Chiloquin) parked their loaded trucks on the parking area at the 
service station. In the opinion of the officer the trucks were overloaded 
and he directed the operators to proceed to the Highway Department's scales 
at Grand Ronde, which the operators refused to do, stating that they knew 
they would lose their P.U.C. licenses if their equipment were weighed. It ap- 
peared to the Commission that the operators were all aware of the fact that 
their trucks were overloaded and that the overloading was deliberate; further, 
that the onerators were not cooperating in keeping the weight of their loads 
within the weight limits specified by statute. In view thereof the Commission 
ordered the cancellation of the »ermits of the three operators regardless of 
the number of trucks being operated by them, provided they have previously 
been apprehended for similar violations. 


The Commission also had under discussion a report from the State 

Police Department regarding an accident that occurred on the bcKenzie Highway 
involving a truck loaded with logs. It appears that the truck is cwmed by a 
Mr. George Clark and that logs were being hauled over this highwey after dark, 
which is in violation of the provisions of the permit, and that the truck was 
not properly lighted and as a result was run into by a touring car driven by 
Mr. Robert F. Dawe of Eugene, whose car was badly damaged and who himself re- 
ceived personal injuries. The Commission considered that this violation jus-— 
tified cancellation of ifr. Clark's permit and so ordered. 


The Engineer requested instructions relative to certain changes or 
amendments to the purpose and policy of the American Association of State 
Highway Officials in the establishment and development of U. S. numbered high- 
ways. He explained that there have been submitted to him by the Association, 
for approval or disapproval, four ballots covering the following changes: 

(1) An amendment to the definition of a "bypass route"; (2) An amendment to 
the definition of an "alternate route"; (3) An amendment to the policy in 
reference to the extension of U. S. numbered routes; (4) a change in the 
definition concerning the erection of signs on routes within the state. After 
discussion of these proposed amendments the Commission voted unanimously in 
favor of all of them and instructed the Engineer to cast an affirmative ballot 
for each in behalf of the Commission. 
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install on winding, crooked county roads, the work to be done by W.P.A. forces. 
The Engineer advised that the State Highway Department has approximately 500 
of these old signs stored at the Highway Shops at Salem, consisting of curve 
signs, slow signs, narrow road signs, et cetera, and that for the most part 
they are not of much value since the Highway Department is now using reflec- 
torized signs on primary highways. He further stated that these signs are 
made of galvanealled steel and could not be sold as junk. He recommended 

that they be given to Douglas County in accordance with the Road Master's re- 
quest. The Commission approved the recommendation. 


The Commission had under discussion a letter from the Feenaughty 
Machinery Company, Portland, with respect to its bid submitted as a result of 
the call for bids dated March 15, 1940, for one current-model road sweeper, 
which bid was accepted by the State Highway Department, but delivery of the 
sweeper could not be made by the Feenaughty Machinery Company because of mis- 
understanding with the factory, for which reason it was necessary for the Com- 
mission to re-order a sweeper from the next-low bidder at a higher price; and, 
in accordance with the provisions of the specifications, to hold the bid de- 
posit of the Feenaughty Machinery Company. The company alleges that they were 
unable to deliver this road—sweeper through no fault of their own, but it was 
strictly on account of their disagreement with the factory; and, in view of 
the circumstances, they are asking for the return of their certified bid’ 
check. The Commission was of the opinion that to modify the svecifications 
in this particular instance would establish a very undesirable precedent and 
lead to much embarrassment in‘the future purchases of equipment, and accord- 
ingly decided to retain the company's check. The Engineer was instructed to 
deposit the same in the state highway fund and to notify the Feenaughty Ma- 
chinery Company of the action taken. 


The Commission discussed a claim presented by L. T. Nicholson, Bend, 
for damage caused to his property by a falling tree in Bend. It appears that 
the tree was growing on a lot, a portion of which had been acquired by the 
state for right of way purposes, and that the major root of the tree extended 
into the area to be occupied by the roadway; and, when the excavation for the 
roadway was made, the root was cut and subsequently, during a wind storm, the 
tree fell on Mr. Nicholson's property, damaging his building and necessitating 
repairs to the same, costing %29.64. The Attorney recommended payment of the 
claim notwithstanding that there is some question as to who is liable for the 
same. After discussion the Commission aporoved the recommendation. 


The Secretary presented a resolution from the County Court of Jo- | 
sephine County vacating a certain section of the old Pacific Highway right | 
of way in Josephine County heretofore abandoned by the State Highway Conmis~ | 
sion as a state highway since the highway has been reconstructed on other | 
alignment, said section being described as all of that portion of the old Pa- | 
cific Highway right of way 60 feet in width between the original Engineer's | 
Station 210+10 and original Enzincer's Station 314+17, save and excepting | 
those portions lying within the right of way acquired on revised alignment | 


constructed in 1932. The Commission approved the resolution and ordered it 
filed in the department records. 
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W.P.A. labor. Mr. Griffith advised that he is presenting this matter to 
their Washington, D.C., office for reconsideration in view of information re- 
ceived from the State Highway Engineer in reply to his (Mr. Griffith's) re- 
quest for reimbursement for ¥.P.A. funds advanced for the financing of the 
construction of such driveways and approaches. 


A letter was presented from the Vale Chamber of Commerce requesting 
that particular study be given by the Commission to the acute need for added 
secondary highway construction in Malheur County. The Commission decided to 
inspect the secondary highways in this county on the proposed inspection trip 
into Eastern Oregon later in the summer. 


Letters were presented from the City of Tillamook requesting that 
a survey be authorized to determine the permanent location for state highwavs 
through the city of Tillamock; also requesting the loan of the services of 
the State Highway Department's lighting specialist to confer with the city of- 
ficials in regard to the establishment of modern lighting along certain city 
streets and on state highway routes in Tillamook. The Commission approved 
both requests. 


The Commission discussed and ordered filed a letter from E. A. Hol- 
linshead, Portland, suggesting Sullivan's Gulch as a route for a state high- 
way entrance into Portland from the east. 


The Secretary reported receipt from the City of Prineville of a 
certified check in the amount of $2,500.00, representing the city's contribu- 
tion toward the cost of oiling Main Street in that town. The Commission ac- 
cepted the payment and ordered that it be disposed of in conformance with pre- 
vious understanding and agreement with the city. 


The Secretary presented communications and petitions signed by nu- 
merous residents of Bradwood and Clifton communities along the Lower Columbia 
River Highway in which the Commission was urged to take necessary steps to in- 
prove the sight distance at a curve on the Columbia River Highway where such 
highway connects with the Bradwood and Clifton county road, The Engineer ad- 
vised that a hazardous condition obtains at this junction, which should be 
remedied. He estimated the cost of the improvement at about $1,500.00 and 
recommended that he be authorized to do the work. The Commission approved 
the recommendation. 


The Commission discussed a letter from the Weston Chamber of Com- 
merce requesting permission to place a sign on the highway right of way on 
each side of Weston, advertising Yeston as the "Gateway to the Langdon Lake 
Recreational Area". The Commission denied the request as a matter of policy 
but offered no objection to the placing of these signs on the highwav right 
of way within the city limits, where they will be beyond the jurisdiction of 
the Commission. 


A letter was presented from Congressman James W. Mott in which sug- 
gestion was offered that the Highway Commission permanently locate the 82nd 
Street Highway (Cascade Highway) east of the schoolhouse through the town of 
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The Secretary presented a letter from the Newberg Chamber of Commerce 
requesting, on behalf of the Newberg Berrians, cooperation from the State High- 
way Department and the Oregon State Police in preventing congestion of traffic 
on the Willamette River Bridge at Newberg during their Second Annial Regatta 
on the Willamette River on Sunday, August 25, 1940, as was done last year. The 
Commission approved the request. 


A letter was presented from the Good Roads Committee cf Loon Lake 
Grange No. 721, Reedsport, requesting the support of the State Highway Commis- 
sion in its efforts to have the C.C.C. road work continued on the county road 
which passes Golden and Silver Falls State rerk, in Coos County. The Engineer 
was authorized to direct a letter to the U. S. Forest Service requesting the 
continuation of such work in the event the State Parks Superintendent, Mr. S. 
H. Boardman, is of the opinion that the road work is of value to the state. 


The Commission considered and ordered filed resolutions from the 
Portland Chamber of Commerce and the Nyssa Chamber of Commerce requesting the 
designation of the Warm Springs Highway as a federal aid highway in order to 
expedite the completion of this highway. The Commission ordered that this 
matter be placed on the agenda for consideration at its next regular meeting. 


A petition signed by numerous residents of lletolius, Culver, Madras, 
and other points in Jefferson County, in which protest was made to the chang- 
ing of the route of The Dalles-California Highway through Jefferson County so 
as to bypass the towns of Culver and Metolius, had the attention of the Com- 
mission, The Secretary was instructed to inform the petitioners that the Com- 
mission has already adopted the new route and proposes to reconstruct the 
highway on such route as soon as funds are available to finance the work. The 
Engineer was instructed to ascertain what progress is being made by the irri- 
gation company toward the construction of ditches and canals in connection 
with the Wickiup Irrigation Project, which project has necessitated the adop- 
tion of the permanent alignment for The Dalles-California Highway in this vi- 
cinity. ‘When this report is rendered the Commission will then decide whether 
or not to authorize the Attorney to proceed with the securing of options for 
the right of way. 


A letter was presented from lirs. J. E. Meehan, Tillamook, concerning 
three lots that she owns in the town of Deer Island where the Commission pro- 
Poses to improve the Columbia River Highway. Action on this matter was held 
pending personal inspection of the premises by Chairman Cabell. 


The Secretary presented a resolution from the Ardenwald Community 
Club, Milwaukie, requesting the designation of Southeast 39th Street, Portland, 
as a state highwey route, He also presented a letter from the ‘Joodstock Com- 
munity Club opposing any attempts to designate such street as the state high- 
way route. The Commission ordered these communications filed. 


The Commission also ordered filed letters dated June 17 and June 19 
from E. J. Griffith, State Administrator, Works Progress Administration, con- 
cerning the construction of driveways and approaches to the Wilson River High- 
way and the ‘iolf Creck Highway where these highways are being constructed with 
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the right of way for about 2 miles of state highway in this vicinity and also 
permits the maintenance of snow fence on his projerty each year without cost. 
Furthermore, Mr. Whitaker is willing to pay for any of the rock that he might 
use. The Engineer pointed out that it is contrary to the Commission's estab- 
lished policy to dispose of any stockpiled material for private use. He ad- 
vised, however, that this particular case is somewhat different, inasmuch as - 
it could be considered that the rock is being sold to the county, which, in 
turn, would deliver it to Mr. Whitaker as a means of satisfying the county's 
obligation. He recommended, in view thereof, that the request be granted, 
provided Umatilla County will pay for the rock. The Commission approved the 
recommendation. 


The Commission also considered a letter from the Umatilla County 
Court requesting that the 40-foot steel span bridge on the Athena-Cold Springs 
Secondary Highway, in Umatilla County, which has been replaced by a standard 
timber trestle, be turned over to the County Court for use on one of its coun- 
ty roads. The Engineer advised that this structure is of no value from the 
state highway standpoint and that the bridge has been dismantled and is stored 
in the Highway Department's maintenance yard in Pendleton. He recommended 
that it be given to Umatilla County provided the county will agree to rebuild 
the floor system, which is in poor condition, so that when it is re-erected 
it will be safe for traffic. The Commission approved the recommendation. 


A letter was presented froma the Arizona State Highway Department 
giving a tabulation showing the average field engineering costs incurred by 
that department on various classes of highway construction work. The Engineer 
advised that the average field engineering cost on all classes of projects 
for the State of Oregon is 6.3% of construction costs, which is considerably 
less than the average for the State of Arizona. The Commission took no action 
on this matter. 


The Commission discussed and ordered filed letters as follows: 


letters from Clarno Grange and Fred Metteer, Fossil, Oregon, 
urging the Commission to personally inspect the Fossil-Shaniko 
Secondary Highway some time this summer; 


letter from the Lebanon Lions Club urging the Commission to 
consider the matter of preserving timber strips along the Santiam 
Highway, in Linn County, between Cascadia and Foster; 


letter from Tillamook County Court commending the Commission 
for the progress that is being made in the construction of the 
Wilson River Highway. 


The Commission discussed a letter from the Tigard Businessmen's Clfb 
requesting permission to construct a roadway on the right of way of the Pacif- 
ic Highway West in Tigard, said roadway being an extension of Center Street, 
to serve as a shortcut from Greenberg Road to the Tigard business district. 
The Engineer recommended that the request be denied because there is very lit- 
tle right of way at this point that is not being covered by embankment slopes 
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Clackamas as has heretofore been urged by the citizens of that district, 
which location, in his estimation, is the proper side considering the safety 
of school children. The Commission ordered the communication filed for fu- 
ture reference. 


The Commission also considered and ordered filed a letter from Mrs. 
Pearl S. Koble relative to her claim against the State Highway Commission 
arising out of the reconstruction of the Pacific Highway through the: Siskiyou 
Mountains in Jackson County, and a letter from the Seaside Chamber of Commerce 
approving the progress that is now being made by the Commission in construct- 
ing the “olf Creek Highway. 


-The Commission discussed a letter from County Judge F. E. Gilkey, 
Lincoln County, giving as his understanding that the Highway Commission ex- 
pects to reconstruct this year a section of the Oregon Coast Highway at Glen- 
eden Beach, and giving as his thought that the funds appropriated for this 
project should be expended for the improvement of more important sections of 
this highway where the existing hazards are sreater. The Secretary was in- 
structed to inform Judge Gilkey that the Commission has decided to postpone 
the Gleneden improvement and has eliminated such project from the 1940 con- 
struction program in favor of a section of this highway in the vicinity of 
Depoe Bay. 


In this connection a letter was presented from Mr. W. F. Carey, 
Gleneden Beach, renewing his request for the improvement of this highway past 
Gleneden Beach. The Secretary was instructed to inform Mr. Carey that the 
Commission regrets that its financial status will not permit construction of 
this project this year. However, the Commission will consider it in the for- 
mulation of next year's budget and will authorize the purchase of needed 
right of way for the same if the Commission can see its way clear to do the 
work next year. 


— J: 
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The Commission considered a letter from Mr. Leon D. Pitts, Warren, 
Oregon, in which the Commission was asked to reconsider its previous decision 
refusing him permission to construct a private roadway, about 150 feet long, 
across state-owned property between the old and new routes of the Columbia 
River Highway at Warren, so as to provide the general public with easy access 
to his store building which is located on the old highway. A decision in this 
ae was deferred pending personal inspection of the premises by Chairman 

bell. 


The Commission considered and ordered filed resolutions from the 
City of Portland and the Commissioner of Public Docks, Portland, approving the 
Plans of the Highway Commission for the improvement of Front Avenue in Port- 
land as an arterial highway route. / 


The Engineer reported receipt of a communication from Umatilla Coune 
ty Court requesting the privilege of purchasing some crushed rock from the 
state-owned stock pile south of Nye Junction on the Pendleton-John Day Highway 
for the use of Mr. Jim Whitaker, a local citizen, in the gravelling of his 
private road in that vicinity. The Court advised that ir. Whitaker donated | 
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District, Oregon Federation of Women's Clubs, expressing sentiment for the re- 
designation of U. S. Highway No. 30 as the Old Oregon Trail; also, a letter 
from Carol R. Belden, Seaside, opposing such change in designation. The Com- 


nission voted unanimously not to make an in the 
at thie hp , y y change the present designation 


A communication from Cornelius O'Donovan, Portland, directed to 

Marion County Court, and County Judge J. C. Siegmund's reply thereto, having 
reference to the construction of a proposed highway from Marquam to Gates, in 
Marion County, was brought to the attention of the Commission. Mr. O'Donovan 
urged the construction of this section in the near future. Judge Siegmund ad- 
vised him that the county is not able financially to undertake the - 
ment, although it would offer no objection to the State Highway Le ment un-— 
dertaking the project if it so desires. The Engineer advised that this proj- 
ect is entirely through a new section and has not been considered seriously 
for any program of construction in the near future because of the many other 
projects taat have priority. The Commission ordered the communications filed. 


The Commission also ordered filed a resolution from Chenoweth Grange 
No. 591, The Dalles, endorsing any effort that is made for the removal of 
tolls on bridges and ferries operating across the Columbia River between the 
states of Oregon and ‘iashington. 


A letter was presented from John L. Lamar, Scappoose, Oregon, direct- 
ed to Governor Sprague and referred by him to the State Highway Commission, in 
which letter Mr. Lamar urges the retention of the present route of the Colun- 
bia River Highway south of Scappoose at the point where the Highway Commission 
has plans to relocate the highway parallel to the S. P. & S. railroad tracks, 
which relocation passes through a cemetery plat. The Enginoer advised that 
funds have already been budgeted by the Commission for this proposed improve- 
ment and that the project is ready for advertising for bids as soon as right 
of way matters have been cleared. The Attorney advised that the right of way 
will all be acquired within about a week. The Commission decided not to re- 
vise its plans for the improvement and authorized the Engineer to advertise 
the project for bids as soon as right of way matters have been definitely 
clarified. 


The Engineer reported that the controversy with Mr. L. Plews, Dundee, 
Oregon, relative to the moving of his pump island adjacent to the Pacific 
Highway West at Dundee, has been disposed of to the satisfaction of all par- 
ties concerned, including the Union Oil Company of California, which has this 
property under lease. 


The Commission read and ordered filed a news item from the Klamath 
Basin Progress complimenting the State Highway Department for the speedy res- 
toration of traffic along the Algoma Section of The Dalles-California Highway, 
which section was recently flooded by reason of a break in @ dyke on Klamath 
Lake. 


Letters were presented from County Judge Clinton Hurd of Lane County 
and Mayor Elisha Large of Eugene, in which the Commission was urged to desig- 
nate and construct, as a state secondary highway, a connecting road between 
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and it was his thought that if this roadway were constructed it would have 
very short sight-distance at the point where it connects with the county 
road under the railroad viaduct and would result in a very dangerous inter- 
section. The Commission approved the recommendation. 


A letter from the City of Cascade Locks, requesting the Highway 
Commission's approval of certain W.P.A. improvements that the city plans to 
undertake on the Columbia River Highway in that city, had the attention of 
the Commission. The Engineer advised that the city has in mind the improve- 
ment of certain city streets involving minor improvements on the Columbia 
River Highway right of way, including the cutting of concrete curbs at cer- 
tain places, and that they plan to do the work as a W.P.A. project, but the 
W.P.A. officials will not approve the project until they are furnished a let- 
ter from the Highway Commission authorizing the work on the highway right of 
way. He recommended approval of the city's request. The Commission approved 
the recommendation. 


A communication was presented from the State Land Use Planning Com- 
mittee, Corvallis, suggesting that someone representing the State Highway Com- 
mission be authorized to accept appointment on their committee as they feel 
that the Highway Commission's work in planning roads has a very definite re- 
lationship to the land-use planning activities of both the state and county 
committees. The Engineer recommended approval of the request and that Assist- 
ant State Highway Engineer C. B. McCullough be authorized to represent the 
Commission in this matter. The Commission approved the recommendation. 
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The Commission considered and denied the claim of Mr. Benjamin Gant 
for financial assistance in paying doctor bills, et cetera, incident to an ac- 
cident that occurred on the Powers Secondary Highway, resulting in injuries 
to his wife and son, it being the Commission's contention that the accident 
occurred through no fault in the condition of the highway, hence the state is 
not liable. 


The Commission read and ordered filed a letter from G. 0. Hamilton, 
Portland, suggesting legislation to prohibit the operation of trucks on state 
highways from noon on Saturdays to midnight on Sundays, and a letter from Zone 
Council No. 10, Federation of Community Clubs, iiultnomah County, opposing any 
movenent or legislation for the purpose of acquiring new streets, highways, 
et cetera, which will in any way jeopardize the life of any established insti- 
tution. 


Similar action was taken py the Commission on an editorial from the 
Albany Democrat—Herald complaining of the condition of the Albany-Scio Second- 
ary Highway, inasmuch as the Commission has already made plans for the im- 
provement of tnis road. : 


The Commission discussed, approved, and ordered filed certain reso- 
lutions adopted by the Executive Committee, American Association of State 
Highway Officials, at its meeting in Chicago, Illinois, on June 3, 1940. 

The Commission had under discussion a resolution from the Fifth 
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Right of Way - 19-2823 -— Paisley—Lakeview Section, Fremont Highway. Lake 
County. 1st authorization — $160.00 


Location - - - 20-2834 -— Eugene-Vilbur Section, Pacific Highway. Lane County. 
2nd authorization — $9,580.00 
Total to date $35,260.00 


Gravel Pit -— — 220-2842 -— Houston—-Veneta Section, Route "F", Lane County. 
lst authorization — $175.00 


Plans - - - - 220-2842 — Houston-Veneta Section, Route "F", Lane County. 


2nd authorization — $250.00 
Total to date $425.00 


Plans - - - - 122-2823 - Crabtree-Scio Section, Albany-Lyons Sec. Hwy., Linn 
County. 2nd authorization - $420.00 
Total to date $570.00 

Bridge - - - - 26-2843 ~ Interstate Bridge (Vancouver), Pacific Hwy., Multno- 
mah County, lst authorization — $300.00 

Plans —- - - — 126-2845 - Vancouver Ave.—82nd St. Section, Northeast Portland 


Hwy., Multnomah Co. Ist authorization — $900.00 


Location - - ~ 128-2809 - Tygh Valley-Grass Valley Section, Sherars Bridge 
Highway, Sherman Co. lst authorization — $3,000.00 


Plans -~--- 31-2818 - Cricket Flat—Wallowa County Line Section, Wallowa 
Lake Hwy., Union Co. 2nd authorization — $1,900.00 
Total to date $5,000.00 


Reconn. - - - 233-2824 -— Wamic-Bear Paw Springs Section, Wasco County Road, 
Wasco County. lst authorization — $1,000.00 


The Engineer reported that Contracts Nos. 2226, 2244, 2251, 2275, 
2292, and 2314, for the construction of state highway projects, have been com- 
pleted according to the requirements of the contracts or modifications there- 
of, and that said jobs are now ready for acceptance. The following resolution 
accepting the above projects was offered and was adopted by the unanimous vote 
of the Commission: 


WHEREAS, the Engineer has reported that the following 
State Highwey Commission contracts for the construction of state 
highway projects have been completed according to the terms and 
provisions of the contracts and said jobs are now ready for ac- 
ceptance : 


Contract No. 2226, with Averill & Corbin, for con- 
struction of eight culverts and one bridge on the Albany 
Section of the Pacific Highway East, in Linn County. 
Completed June 19, 1940. 
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the Pacific Highway and the so-called "Route F" Highway (6th Street to lith 
Street), Eugene, commencing at a point on the Pacific Highway near the curve 
at the west end of 6th Street and extending southerly therefrom. The Engineer 
advised that the proposed roadway will be a section of the Pacific Highway at 
some future time when this highway is constructed on its eventual route, by- 
passing Eugene; furthermore, a portion of the same (viz., between 6th Street 
and 7th Street) will be needed in connection with the Commission's present 
plans for routing southbound traffic along 7th Street through Eugene. He rec- 
ommended approval of the request for these reasons and for the further reason 
that it will provide a good connection between the Pacific Highway and "Route 
F", The Commission approved the recommendation subject to the condition that 
formal request for such designation be submitted by the Lane County Court. 


The Engineer discussed with the Commission matters pertaining to the 
reconstruction of the Oregon Coast Highway through the town of Brookings, in 
Curry County. He advised that the people of this town are extremely anxious 
that the Commission award a contract for this work at its July meeting. He 
questioned whether or not the right of way situation will have been clarified 
by that time and gave as his thought that it would not be possible to adver- 
tise the work until this fall. The Commission approved the fall letting of 
this contract if right of way matters have been disposed of by that time. 


The Engineer presented a list of surveys that he has ordered since 
the last meeting of the Commission and asked the Commission to confirm them 
and the amounts allocated for each. After due consideration the Commission 
authorized and instructed the Engineer to make such location surveys on va- 
rious sections of the highways of this state, which said sections of highways, 
together with their identifying location survey numbers and the amounts au- 
thorized and allecated for such survey expenditures, are as follows: 


Stock Pile - 104-2834 - Elsie-Vernonia Section, Nehalem Secondary Highway, 
Clatsop County. lst authorization ~ $100.00 


Right of Way - 4-2835 - West Lake-Gearhart Junction Section, Oregon Coast 
Highway, Clatsop Co. lst authorization — $150.00 


Plans ----— 6-2821 — North Bend-.larshfield Section, Oregon Coast Highway, 
Coos County. lst authorization — $360.00 


Plans - - - - 7-2808 -— Crooked River—Prineville Section, Ochoco Highway, 
Crook County. 5th authorization — $350.00 
Total to date $1,800.00 


Reconn. - - ~ - 9-2830 ~ Bend-—Lapine Section, The Dalles-California Highway, 
Deschutes Co. lst authorization - $1,450.00 


Plans ----— 11-2810 - John Day River-—Blalock Section, Colwnbia River Hwy. 
Gilliam County. 3rd authorization — $700.00 
Total to date $1,527.50 


Reconn, - -— -— — 18-2846 - Crescent—Diamond Lake Section, The Dalles-California 
Hwy, ,Klamath Co. lst authorization — $1,550.00 


\ 
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Agreement with Polk County covering the lease of certain coun- 
ty-owned property for a maintenance headquarters site at Dallas, 
Oregon. 


Agreement with Edward L. Dimmitt extending for one year the 
lease of the Vista House on Crown Point, Columbia River Highway, 
or until December 31, 1940. 


There being no further business to come before the Commission at 
this time, the meeting was adjourned at 1:15 a. n. 


State Highway Engineer weg 
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Secretary 2 Commissioner 
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Portland, Oregon, July 18, 1940 


The State Highway Commission met in regular session at 9:00 a. m. in 
the auditorium of the Public Service Building. Present were: 


Henry F, Cabell, Chairman 

Huron W. Clough, Commissioner 

Herman Oliver, Commissioner 

R. H. Baldock, State Highway Engineer 
J. Ui. Devers, Attorney 

H. B. Glaisyer, Secretary 


Bids as follows for highway construction projects and for the fur- 
nishing of ferry service across the Willamette River at Wilsonville were 
opened and read in conformance with previously published notice, following 
which Chairman Cabell announced that the award of contracts would be made 
at 4:00 p. m. in the same room: 


PACIFIC HIGHWAY WEST 
CORVALLIS-LINCOLN SCHOOL SECTION - GRADING AND PAVING 


United Contracting Company $52,791.00 
J. C. Compton 53,133-90 
Warren Northwest, Inc. 53,726.25 
McNutt Bros. 56, 880.00 
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Contract No. 2224, with Edlefsen—Jeygandt Company, for 
paving the Oregon Slough-Columbia Slough Section of the Pa- 
cific Highway lest, in Multnomah County. Completed May 31, 
1940. 


Contract No. 2251, with Saxton, Looney & Risley, for 
surfacing end oiling the Jordan Creek-iMcNamer's Camp Section 
of the Wilson River Highway, in Tillamook County. Complet- 
ed May 24, 1940. 


Contract No. 2275, with E. C. Hall Company, for sur- 
facing and oiling the Pleasant Hill-Oakridge Section of the 
Willamette Highway, in Lane County. Completed June 12,1940. 


Contract No, 2292, with Homer G. Johnson, for grad- 
ing the Ochoco Creek-Prineville Section of the arm Springs 
Secondary Highway, in Crook County. Completed May 31, 1940. 


Contract No. 2314, with Coos Bay Dredging Company, 
for grading and surfacing the North Bend (Midland Addition) 
Section of the Cape Arago Secondary Highway, in Coos Coun- 
ty. Completed June 17, 1940. 


THEREFORE, BE IT RESOLVED that the work covered by said 
state highway contracts for the construction of said state highway 
projects be declared completed according to the terms of the respec- 
tive contracts, and said jobs are hereby accepted and final payment 
in connection with each is hereby authorized. 


The Commission considered and signed agreements, et cetera, as fol- 
lows : 


Joint letter with WV. H. Lynch, District Engineer, Public Roads 
Administration, directed to the Comnissioner of Public Roads, Wash- 
ington, D. C,, recommending that approximately 50 per cent of the 
1941 fiscal year public lands funds, amounting to $64,600.00, here- 
tofore apportioned to the State of Oregon, be allocated to finance 
additional construction work on the Warm Springs Highway in Wasco 
County. 


Quitclaim deed conveying unto L. 0. Harra two tracts of land 
containing 2.031 acres and 0.2 acres, respectively, in Polk County. 
Right of Way File No. 1293. 


Agreement with Elmér Taylor and Myrtle Taylor, husband and 
wife, covering the lease of certain property in the town of Alsea, 
Benton County, for use in connection with highway construction 
maintenance and operation. Real Property File No. 8150. 
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{Albany Section, continued) 


McNutt Bros. 
River Bend Sand and Gravel Company 
Roy L. Houck 


ALBANY=LYONS SECONDARY HIGHWAY 
SANDERSON BRIDGE—CRABTREE CREEK SECTION 
GRADING, SURFACING, OILING; BRIDGES 


Us asphalt 
E. C. Hall Company ? 
M. L. O'Neil & Son 
leonard & Slate 
Babler Bros. 
Clifford A. Dunn 
A. Milne 
McNutt Bros. 


56,236.95 
56,511.50 
56,513.50 


OLD OREGON TRAIL HIGHWAY 
NYSSA UNDERCROSSING SECTION 
GRADE SEPARATION, GRADING, OLLING AND PAVING 


Henry L. Horn 

Clifford A. Dunn 

C. J. Montag & Son 

Kern & Kibbe 

Cc. J. Eldon 
Morrison-Knudsen Company 
MeNutt Bros. 

Birkemeier & Saremal 


3 51,647.50 
56,240.00 
57,346.50 


Using Tar 
$ 47,632.00 
49,916.85 
53,399.75 
55,111.05 
56,521.95 


57,915.50 


$205,704.00 
206, 550.90 
215,475.50 
221,209.00 
230,261.20 
234,983.50 
239,530.50 
2hhy 484,250 


LOMBARD STREET AND NORTHEAST PORTLAND SECONDARY HIGHWAY 


LOMBARD STREET~KILLINGSWORTH STREET SECTION 
GRADING AND PAVING 


Us Asphalt 
$141,722.00 
158,172.00 
172,494.50 
179, 822.00 


Porter W. Yett 
Edlefsen-Weygandt Company 
Roy L. Houck 
Jacobsen-Jensen Company 
McNutt Bros. 


PaCIFIC HIGHWAY WEST 
OREGON SLOUGH-COLUMBIA SLOUGH SECTION 
PAVEMENT RESURFACING 


Parker-Schram Company 
United Contracting Company 


Using Tar 


$ ---- 
152,867.00 
172,408.50 
179,786.00 


OREGON COAST HIGHWAY 


WARSHFIELD-BUNKER HILL SECTION — GRADING AND PAVING 


R. I. Stuart & Son 
Coos Bay Dredging Company 
Warren Northwest, Inc. <i 
CENTURY DRIVE SECONDARY HIGHWAY 
EAST UNIT, LAVA FALLS-SEND SECTION — OILING 


Warren Northwest, Inc. 
J. C. Compton 

Babler Bros. 

Norris Bros. 


JOHN DAY HIGHWAY 
JOHN DAY SECTION - BRIDGE OVER CANYON CREEK 


William Zickler 

Harrv I. Hamilton 

J. W. and J. R. Hillstrom 
Barham Bros. 

J. F. Johnston 
Birkemeier & Saremal 
Clifford A. Dunn 

Babler Bros. 

C. J. Eldon 

averill & Corbin 

Verhei Construction Company 
Denten & Young 

McNutt Bros. 


EUGENE-VENETA COUNTY ROAD 


51,691.50 


> 5,136.00 
5492.00 
5,750.00 
5,888.00 


3 8,888.00 
9,578.80 
9,612.50 
9,636.60 
9,842.00 

10,092.00 
10,184.00 
10,777.00 
10,909.00 
11,490.00 
11,678.00 
12,232.00 
12,561.00 


VENETA-FISHER ROAD SECTION ~ GRADING, SURFACING, OILING, BRIDGES 


Using Asphalt 
Berke Bros. $105, 353.00 
Leonard & Slate ---- 
E. C. Hall Company 116,892.50 
McNutt Bros. 119,156.25 
ii. L. O'Neil & Son ---- 
Roy L. Houck 122,382.00 
Clifford A. Dumn 124,451.00 
A. Milne 129,507.00 | 

PACIFIC HIGHWAY EAST 
ALBANY SECTION ~ ROADSIDE IMPROVEMENT 

E. L. Gates 


Leonard & Slate 


(Continued on next page) 
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Using Tar 
len aean 
Boeing 
120, 682.05 
124,861.00 
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$ 45,544.00 
49,477.50 
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and suggested an allocation of at least some of the 1941 funde to 
this comty. Chairman Cabell explained the status of the Commis- 
sion's finances and the basis of allocation of the funds under dis- 
cussion, particularly pointing out that, due to the small amount of 
such funds available, it is not possible to distribute them to all 
of the counties and undertake projects of any great size, The Com 
mission tries to be fair in the matter, he said, and, in order to 
avoid doing a lot of very small jobs in all of the counties, has 
considered it advisable to undertake a comparatively few jobs in 
about half of the counties in any one year, and then the following 
year to allocate the funds for improvements in the remaining coun- 
ties. after further general discussion of the matter the Engineer 
was instructed by the Commission to send to iir. Jatters a statement 
showing the distribution and expenditure of the funds under discus- 
sion. 
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(2) Designation of the Klamath Falls-Merrill-Hatfield Road as 
a federal aid highway. Mr. Watters urged the placing of this road 
on the federal aid highway system in order to expedite reconstruc- 
tion of the same to modern standards. He advised that the State of 
California is arranging to so designate the California Section of 
this highway and gave as his thought that the State of Oregon should 
so designate the Oregon section. action on this matter was deferred 
by the Commission pending receiot of information from the California 
Highway Department as to its intentions in this regard. The Engi- 
neer was instructed to obtain this information and report back to the 
Commission. 


(3) additional improvements on The Dalles-California Highway 
- between Klamath Falls and liodoc Point. lir. Watters inquired as to 
the Commission's plans for further improvement of this section. He 
was informed that the Commission has $100,000.00 of state and 1941 
federal aid funds budgeted to grade, surface, and construct bitumin- 
ous macadam on the 5-mile section between Algoma and Terminal City 
and that it is proposed to take bids for this work next spring. Mr. 
Watters urged the contracting of the work this fall, if possible, 
after some discussion the Commission authorized the Engineer to ad- 
vance the project for fall letting, if possible to do so without 
postponing some other project. He was instructed to investigate the 
possibilities and advise ir. Watters in regard thereto. 


(4) Improvement of the Lake of The Woods"Road. Mr. Watters 
asked for an appropriation to improve this road wiich, he said, is 
in very unsatisfactory condition at the present time. The Commis- 
sion denied the request on account of lack of funds with which to 
finance the work. 


County Judge F. E. Gilkey, of Lincoln County, and Dow ‘Yalker, Toledo, 
came before the Conmission in regard to the Siletz Secondary Highway. They ad- 
vised that log hauling is being carried on extensively over this road and dur- 
ing the last two weeks the road has broken down in numerous places, and, as a 
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SHERMAN HIGHWAY 
EsST UNIT, SHANIKO-COW CANYON SECTION 
GRADING, SURFACING, OILING; CRUSHED ROCK 


Leonard & Slate $87,103.00 
Fisher Bros. 89,207.00 
J. A. Lyons 98,953.00 
C. J. Eldon 99,951.00 


KINZUA COUNTY ROAD 
BUITE CREEK-idaAYVILLE ROAD SECTION - GRADING AND SURFACING 


Frank Penepacker $15,104.50 
M. L. O'Neil & Son 15,499.90 
Leonard @ Slate 15,520.00 
Norris Bros. 16, 330.00 
McNutt Bros. 16,920.50 
A. B. Klineline 17,713.00 
C. J. Eldon 18,839.50 
Fisher Bros. 21,550.00 
Homer G. Johnson 22,737.50 


BEAVERTON-AUROR:. SECONDARY HIGHWAY 
FERRY SERVICE ACROSS WILLaLETTE RIVER NEAR WILSONVILLE 
Per Month 
Leonard & Slate $ 1,250.00 


Mayor Clifton Richmond, Klamath Falls, came before the Commission 
and requested an advance of state funds to finance the city's share of the 
cost to install traffic lights in the city of Klamath Falls, amounting to 
about $7,500.00. He advised that the city voted a 1-mill levy to pay for the 
lights but the amount has not yet been collected and they are very anxious to 
proceed with the installation and thought perhaps the State Highway Commission 
would advance the necessary funds if the city agreed to reimburse the Commis- 
sion at a later date. Chairman Cabell explained the Commission's policy with 
respect to such matters, which precludes the advancement of state funds and 
requires a deposit from the city or county, as the case may be, guaranteeing 
that the state will be reimbursed in the event that the state does the work. 
It was suggested that the city endeavor to find some other way to finance its 
project. The Commission agreed to advertise the project for bids as soon as 
the city arranges to pay its share of the cost. 


Mr. T. B. Watters, Klamath Falls, came before the Commission in be- 
half of the Klamath County Court and the Klamath County Chamber of Commerce 
relative to the following: 


(1) Additional federal aid secondary highway construction work. 
Mr. Watters alleged that Klamath County has not received,in the last 
year or two, benefits from the federal aid secondary highway fund, 
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advised that this matter has been investigated and it is estimated that the 
work will cost about $300.00. He recommended approval of the project and 
that the work be authorized for construction this year in the event a state 
oiling crew is available in that vicinity. The Commission approved the rec- 
ommendation. 


Judge Woods inquired as to the Commission's plans for completion of 
the Oregon Coast Highway in the vicinity of Arch Cape. The Engincer advised 
that all of the grading work either has been completed or is under contract 
and that there remains to be done only the surfacing and oiling between Hug 
Point and Manzanita. Further, that the Commission has already budgeted funds 
to finance this work and that it is expected that the contract for the same 
will be awarded some time this fall. 


A delegation from Tillamook and Washington Counties appeared before 
the Commission in regard to the Wilson River Highway. This delegation con- 
sisted of the County Court of Tillamook County, represented by County Judge 
Harland M. Woods and County Commissioners E. H. Lindsey and E. G. Anderson; 
Washington County Court, represented by County Judge H. D. Kerkman and County 
Commissioner J. W. Hughes; Jack Aschim, Secretary of the Tillamook Chamber of 
Commerce; Robert Brady C. W. Barrick, City Attorney of Tillamook; Oscar Ef- 
fenberger, Tillamook; L. G. Apperson, Portland; and Mr. Woodford of Forest 
Grove. 


The Engineer pointed out that available W.P.A. funds will be exhaust- 
ed by August 2, 1940, and that the work on this project will have to close down 
on that day unless the federal authorities will approve the new W.P.A. project 
for this highway, application for which has been pending for about six months. 
Chairman Cabell advised that the State Highway Commission filed this applica- 
tion for additional funds last November and since that time has been doing all 
that it can to secure approval of the same. Further, that the Portland office 
of the W.P.A. has recommended the project to the officials in Washington, D.C., 
but it appears that for one reason or another approval has been deferred, al- 
though information received within the last few days indicates that such ap- 
proval will be forthcoming soon. Judge Woods suggested that the state take 
over this work in the event that the new W.P.A. funds do not materialize. He 
was informed that the Commission is not prepared to assume such responsibility. 


Commissioner Lindsey inquired whether or not the Commission would 
take the state equipment away from this jot in the event the new W.P.A. proj- 
ect is not approved shortly. He was informed that the Commission would leave 
its equipment on the job a reasonable length of time and if, for any reason, 
all or any part of the equipment were taken away for use on some other project 
it would be returned as soon as the new W.P.A. funds are received and work on 
the Wilson River project is ready to be resumed. There followed a general 
discussion of matters pertaining to this work. 


Judge Woods invited the Commission and its staff to join the caravan 
inspection trip which is to be made over the Wilson River Highway on Thursday, 
July 25, 1940, to be followed by a banquet in the city of Tillamook. Chairman 
Cabell thanked him for the invitation on behalf of the Commission and advised 
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consequence, truck-hauling of logs has had to be suspended and if something 

is not done to remedy the situation soon it will be necessary for the big 

mill belonging to the C. D. Johnson Lumber Company at Toledo to suspend oper- 
ations. The Engineer advised that the condition of this road was brought to 
his attention a few days ago and he immediately ordered minor repairs, which 
are now under way. However, they are of a temporary nature only and what the 
road really needs is a major improvement. He recalled that the Commission 
heretofore budgeted a certain amount of funds to finance a partial improvement 
of the section between Toledo and Siletz and advised that since the budget was 
prepared he has inspected the road and ascertained that the amount is insuffi- 
cient to properly do the work that is needed. He recommended a combination 
state- and government-financed project, costing approximately $113,000.00, the 
state's share to be about 340,000.00 and the government's share about $73,000.00 
and that the project be advertised for bids at the earliest possible time so as 
to make certain that the road will be in good condition throughout the coming 
winter. He advised that there is considerable work to be done in preparing 
the project for contracting and that it would not be possible to take bids for 
the same until the September meeting of the Commission, so that about all the 
work that could be done this year is the grading and surfacing, which would 
leave the oiling work to be done next spring. After considerable discussion 
the Commission approved the arrangement as outlined by the Engineer and au- 
thorized the contracting of the work in accordance with his recommendation. 


The Commission adjourned at 12:30 p. m. and reconvened at 1.45 p.m. 
in the same room with all Commissioners present and participating. Also 
present were the State Hizhway Engineer, the Attorney, and the Secretary. 


The County Court of Tillamook County, consisting of County Judge 
Harland M. Woods and County Commissioners E. G. Anderson and E. H. Lindsey, 
came before the Commission in regard to the allocation of the fiscal year 1941 
federal aid secondary highway funds. They inquired as to how much of this 
money has been allocated to Tillamock County and what project the Commission 
proposes to construct with such funds. They were informed that on account of 
the limited amount of secondary funds available the Commission has found it 
necessary to limit its allocation in Tillamook County to 230,000.00, and that 
the Commission proposes to apply these funds to the improvement of the Fair- 
view-Clemens Corner County Road, particularly the section between the Trask 
River and the junction with Federal Aid Route No. 2, approximately 5 miles 
south of Tillamook, the work to consist of grading, surfacing, and oiling, and 
being a continuation of the improvement completed last year. Chairman Cahell 
Pointed cut that this project is contingent upon the county furnishing the nec- 
essary right of way. The county court appeared dissatisfied with the anount 
of funds allocated Tillamook County but agreed to abide by the Commission's 
decision in the matter. 


Judge Woods then renewed the county's request for the placing of the 
Tillamook-Netarts Road on the state secondary highway system. The Commission 
took the matter under advisement. 
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work is being carried on as rapidly as is possible with funds available; that 
the state has $75,000.00 budgeted for additional oiling work on the state's 
portion between Cascadia and Trout Creek but the contract cannot be awarded 
until next spring; also, that $100,000.00 of fiscal year 1941 forest highway 
funds have been allocated for this highway, which it was intended to contract 
this year, but the federal funds have not as yet been released, so the work 
will have to be delayed. However, it is intended to place the work under con- 
tract as soon as possible. 


Messrs. Howard Harker and Roy Earwood, Prineville, accompanied by 
their attorney, Mr. R. J. Brown, Prineville, came before the Commission in re- 
gard to settlement for right of way needed for the Warm Springs Secondary 
Highway between Madras and Prineville. They advised that they are unable to 
reach an agreement with the Highway Department's right of way agent for land 
taken from them and ureed reconsideration of the state's offer and payment of 
damages to them in proportion to the resale value of their properties, inelud- 
ing increased amounts by reason of severance. Action on this matter was de- 
ferred by the Commission pending consultation with the right of way agent, Mr. 
Harry Benson, and inspection of the property by Commissioner Oliver. 


) A delegation from Washington County came before the Commission and 
asked for the surfacing of the Sylvan Section of the Wolf Creek Highway, which 
has heretofore been graded by W.P.A. forces, embers of this delegation were 
as follows: County Judge H. D. Kerknan and County Commissioners James Lewis 
and J. W. Hughes; Fred, George, William F. and Edna Durig; R. Beamish, H. Bau- 
er, Herman Jenne, Henry Johnson, Mrs. Tom C. Gallagher and irs. H. A. Chambers, 
Charles W. Duefre, Paul Stalder, Easher V. Alean, Frank H. and Gordon F.Reeves 
and E. R. Hoagard. Judge Kerkman headed the group and urged the surfacing of 
this road so that it can be used by adjacent property owners. 


The Engineer pointed out that there is no connection at present be- 
tween the Wolf Creek Highway and the Tualatin Valley Highway and that the plans 
for this connection involve construction of an expensive traffic separation 
structure, which is an absolute necessity in order to avoid a serious traffic 
hazard that would obtain if the two highways were connected in any other man- 
ner. Judge Kerkman suggested a temporary connection along a private road near 
the Mount Calvary Cemetery, which he thought would serve the purpose until the 
Commission could see its way clear to construct the grade separation structure. 
The Commission indicated reluctance to spend any money to improve the present 
grade at this time, particularly in view of the fact that the Commission is 
spending so much money to complete the westerly end of this highway which it 
considers of primary importance, and for the further reason that the Commission 
does not consider that it is obligated to the people who have purchased proper- 
ty adjacent to the Sylvan Section since this section was graded. However, 
Chairman Cabell agreed to inspect the project some time this month. 


Judge Kerkman inquired into the possibilities of securing about 2000 
cubic yards of material from the state's borrow pit at Tigard after the high- 
way work now under way at that place is completed. He said that the county 
would like this material for use in connection with some county work that it 
contemplates in this vicinity and would appreciate authority from the Comnis- 
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him that he would be present if possible. In any event, the Commission will 
be represented, he said. Commissioners Clough and Oliver expressed regrets 
that it would be impossible for them to attend on account of personal business 
matters. 


Mr. Bernard Blum, Chief Engineer, and lir. A. J. Witchel, Assistant 
Superintendent, S. P. & S. Railroad Company, came before the Commission rela- 
tive to the proposed installation of traffic signals at tne railroad crossings 
on 14th Strcet, Doan Street, and Balboa Street, in Northwest Portland, They 
advised that, due to the many parallel car tracks at the 14th Street location, 
it appears impossible to install a standard railroad crossing signal at this 
location, for which reason they prefer the elimination of this particular sig- 
nal from the Commission's program and the substitution therefor of a standard- 
type signal installation at the Balboa Street crossing where there is a large 
volume of truck-traffic to and from the oil company's plants. The Traffic En- 
gineer, Mr. John Beakey, advised that federal approval has been secured for 
the installation of signals at 14th Street and at Doan Street. However, sub- 
sequent investigations reveal that it would be impossible to install a standard- 
type signal at the 14th Street crossing. He further advised that, while there 
is no record of any accidents having occurred at the Balboa Street crossing, 
the potential hazard to traffic is great. He recommended approval of the re- 
quest of the railroad company. The State Highway Engineer concurred in the 
recommendation, provided the Federal Government will approve the change. The 
Commission approved the recommendation unanimously. 


The County Court of Linn County, represented by County Judge J. J. 
Barrett and County Commissioners H. A. Renninger and H. W. Cooley, was present 
and inquired as to the plans of the Highway Commission with respect to the old 
Pacific Highway routes through Albany upon completion of the new highway 
through this city. The Engineer advised that the plans for the Albany project 
provide for connections of the old highway with the new highway at both south 
and north entrances into Albany and that an arrangement has been devised, aft- 
er a very careful study of traffic conditions, for a division of traffic so as 
to enable traffic destined for Albany to use the old entrances with a minimum 
amount of hazard in crossing the new highway. He explained the plan in con- 
Siderable detail. Judge 3arrett advised that the people of Albany are not sat- 
isfied with this arrangement and want direct two-way connections between the 
old highway and the new hizhway. After consideradle discussion it was decided 
that the Engincer should go to Albany some time during the following week and 
explain tho details of the plan to the County Court on th: ground, Commission- 
er Renninger inquired whether or not it is the plan of the Commission to close 
the old highway route into Albany from th: north. He gave as his understand- 
ing that this road is to be closed upon completion of the new highway. He was 
informed that the Commission has no plans to that end but the information that 
he (i. Renninger) has received is ne doubt a rumor which has originated be- 
cause of the plan of the Commission to close this approach for two or three 
days after the now highway is opened for traffic so as to permit certain re- 
pairs to the bridge on the old route. 


The County Court also inquired as to the Commission's plans for com- 
pleting the South Santiam Highway. They were advised that progress on this 
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advisement and informed ifr. Lewis that a decision would be rendered as soon as 
possible. 


At 4:00 p. m. Chairman Cabell announced the award of contracts, bids 
for which were received at the morning session, such awards having been pre- 
viously approved by the Commission by unanimous vote: 


"Corvallis-Lincoln School Section of the Pacific Highway West, in 
Benton County. 0.80 mile grading and paving. The United Contract- 
ing Company, Portland, susmitted the low bid for this project in the 
amount of $52,791.00. J. C. Compton, liclinnville, submitted the 
next-low bid in the amount of $53,133.90. There were two higher bid- 
ders. The Commission awards this contract to the United Contracting 
Company at its low bid of $52,791.00. 


“Marshfield-Bunker Hill Section of the Oregon Coast Highway, in Coos 
County. 0.39 mile gradin: and paving. The low bid received for 
this project was that of R. I. Stuart & Sons, Medford, in the amount 
of $46,248.00. The next-low oid was that of the Coos Bay Dredzing 
Company, Marshfield, in the amount of $48,291.50. There were two 
higher bidders. The Commission has rejected all bids received for 
this work and has ordered the project readvertised. 


"East Unit of Lava Falls-—Bend Section of Century Drive Secondary 
Highway, in Deschutes County. 2.0 miles oiling. Warren Northwest, 
Inc., Portland, submitted the lew bid in the amount of $5,136.00, 
for this work. J.C, Compton, Mcw#innville, was the second-low bid- 
der with his bid of $5,492.00. There were two higher bidders. The 
Commission has rejected all bids received on this project. 


"John Day Section of the John Day Highway, in Grant County. Con- 
struct 40-foot concrete bridge over Canyon Creek in the city of John 
Day. The low bid received for this structure was that of Willian 
Zickler, John Day, in the amount of $8,888.00. The next-low bid was 
that of Harry I. Hamilton, Eugene, in the amount of $9,578.80. There 
were ll higher bidders. This contract is awarded by the Commission 
to the low bidder, William Zickler, at his bid of 48,888.00. 


"Veneta+Fisher Road Section of the Eugene-Veneta County Road, in 
Lane County. 5.23 miles grading, surfacing and oiling and construc- 
tion of five oridges. The low bid received for this project was 
that of Berke Bros., Portland, in the amount of $105,353.00, based 
on the use of asphalt. They did not submit a bid based on the use 
of tar. Leonard & Slate, siultnomah, submitted the second-low bid 
in the amount of $107,573.00, based on the use of tar. They did 
not submit a bid using asphalt. There were 6 higher bidders. The 
Commission has referred all bids for this project to the Engineer 
with power to award the contract to the low bidders, Berke ®ros., 
when certain conditions have been fulfilled. 
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sion to secure the materials from this source. The Engineer was instructed to 
look into the matter. 


Mr. George H. Clark, Eugene, came before the Commission in regard to 
reinstatoment of his permit for the truck-hauling of logs over the McKensie 
Highway east of Eugene, which permit was ordered cancelled by the Commission 
at its previous meeting because ir. Clark violated the provisions thereof by 
hauling logs during hours of darkness and without proper lights on his truck 
and for the further reason that his truck was involved in an accident which 
caused serious injury to iirs. Robert F. Dawe and damaged Mr. Dawe's automobile. 


Mr. Clark made an urgent plea for reinstatement of his permit. His 
request was granted by the Commission after considerable discussion, under the 
condition that hereafter Mr. Clark would abide strictly by the provisions of 
the permit and would not violate these provisions again. He was warned that 
the Commission would probably impose a more serious penalty in the event he is 
again arrested for a traffic violation. 


Mr. W. S. Allan, Dundee, Oregon, was present and extended an invita- 
tion to the members of the Commission and its staff to be the guests of the 
people of Dundee and vicinity at a celebration to be held upon the completion 
of the construction of the Dundee Section of the Pacific Highway West. The En- 
ginecr advised that this project would be completed the early part of September. 
Mr. Allan was advised that the Commission would be pleased to accept the invi- 
tation if possible, but, because of several other engagements, could not state 
definitely now. However, the Commission will be represented at this function. 
The Engineer was thereupon instructed to contact iir. Allan and arrange e con- 
venient date for the gathering. 


Mr. Lee Lewis, Corvallis, administrator of the estate of Miles Homer 
Otis, deceased, who lost his life as « result of an accident on the Corvallis- 
Newport Highway on July 28, 1939, came before the Commission and requested pay- 
ment of damages in the amount of 75,000.00. He alleged that the accident which 
resulted in ur. Otis's death was caused by loose gravel spread on the surface 
of the road by State Highway Department employees. He said that lir. Otis was 
an elderly man and that he did not drive his car in excess of 35 miles per 
hour and that on this particular day he encountered large gravel on the highway 
which caused nis car to skid off the road and crash into a tree, resulting in 
his death. : 


The Engineer advised that the conditions obtaining at the time of 
the accident were not unusual for light-oil surfaced roads, of which there are 
many throughout the state. During hot weather, uu said, it is the practice to 
spread a thin layer of screenings on the road surface to eliminate the bleed- 
ing of the oiled surface and the splashing of th: oil and that this is the 
operation that was under way at the tim: of the accident. He.read aloud the 
report of Maintenance Engineer J. N. Bishop, report from the State Police of- - 
ficer who investigated the accident, and several written statements from resi- 
dents of the district who had first-hand knowledge of the conditions, and gave 
as his thought that the condition of the road was not responsible for tho acci- 
dent. After considerable discussion thz Commission took the matter under 
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Multnomah, submitted the low bid for this work in the amount of 
$87,103.00. Fisher Bros., Oregon City, submitted the next-low bid 
in the amount of $89,207.00. There were two higher bidders. This 
contract is awarded to Leonard & Slate, the low bidders, at tneir 

bid of $87,103.00. 


"Butte Creek-Mayville Road Section of the Kinzua County Road, in 
Wheeler County. 3.20 miles grading and surfacing. Frank Penepacker, 
Portland, submitted the low bid for this work in the amount of 
$15,104.50. M. L. O'Neil & Son, Eugene, submitted the next-low bid 
in the amount of $15,499.90. There were 7 higher bidders. The Com- 
mission awards this contract to Frank Penepacker, the low bidder, at 
his bid of $15,104.50. 


"Furnishing ferry service across the Willamette River, near Wilson- 
ville, in Clackamas County. Only one bid was received for this ser- 
vice, being that of Leonard & Slate, Multnomah, in the amount of 
$1,250.00 per month. The Commission has referred this bid to the 
Engineer." 


A delegation from Multnomah County, representing the Peninsula Drain- 
age District No. 1 and the U. S. Engineer's Office, came oefore the Commission 
in regard to securing permission to construct a concrete wall along the north- 
erly side of tne right of way of Swift Secondary State Highway for a distance 
of about 1200 feet westerly from the intersection of this highway with the Pa- 
cific Highway, for the purpose of controlling flood waters of Oregon Slough. 
The delegation was headed by Dan Phipps, President of the Drainage District, 
and included R. R. Bullivant, T. G. Donora, P. D. Berrigan representing Major 
C. R. Moore, and M. W. Jones of the U. S. Engineer's office. Mr. Phipps ex- 
hibited a map showing the extent of the proposed improvement and its relation 
to the state highway. He advised that they originally intended to construct 
this wall on private property belonging to a wr. Frank Kernan but encountered 
difficulties with Mr. Kernan in securing an easement to use his property; and, 
in view of the fact that the wall would be of considerable benefit to the 
highway, they concluded, after study, that the highway right of way would be 
the proper location on which to build it, provided the State Highway Commis- 
sion would grant the necessary authority. 


Mr. Phipps further advised that it is their intention to secure a 
declaratory judgment in the courts to ascertain whether or not they can con- 
struct this wall without compensating anyone for the use of the highway, be- 
cause they anticipate objections thereto by Mr. Kernan, who is challenging the 
right to the use of the highway right of way for the purpose intended. 


The State Highway Engineer stated that such wall would benefit the 
highway considerably in that it would prevent the highway being inundated dur- 
ing periods of high water. He recommended approval of the request. After cor- 
siderable discussion the Commission approved the recommendation unanimous?y, 
under the condition that there be no legal impediments. The following resoly- 
tion with respect thereto was adopted by the Commission by unanimous vote: 


"Albany Section of the Pacific Highway Bast, in Linn County. 3.8 
miles roadside improvement. E. L. Gates, Trail, was the low bidder 
for this project with his bid of $45,544.00. Leonard & Slate, Mult- 
nomah, were the next-low bidders with their bid of $49,477.50. There 
were 3 higher bidders. The Commission awards this contract to E. L. 
Gates, the low bidder, at his bid of $45,544.00. 


"Sanderson Bridge-Crabtree Creek Section of the Albany-Lyons Second- 
ary Highway, in Linn County. 2.46 miles grading, 3.89 miles surfac- 
ing, 4.20 miles oiling; also construction of three bridges. The low 
bid received on this project was that of E. C. Hall Comoany, Eugene, 
in the amount of $47,632.00, based on the use of tar. They did not 
submit a bid using asphalt. iM. L. O'Neil Son, Eugene, submitted 

the second-low bid in the amount of $49,916.85 also based on the use 
of tar. They did not submit a bid using asphalt. There were 5 high- 
er bidders. The Commission has awarded this project to the low bid- 
der, E. C. Hall Company, at its bid of $47,632.00, using tar. 


"Nyssa Undercrossing Section of the Old Oregon Trail Highway, in Mal- 
heur County. Construct grade separation with Union Pacific Railway 
and also 0.45 mile grading, oiling, and paving. Henry L. Horn, of 
Caldwell, Idaho, submitted the low bid for this work in the amount 

of $205,704.00. Clifford A. Dunn, Klamath Falls, subnitted the next- 
low bid in the amount of $206,550.90. There were 6 higher bidders. 
The Commission has referred all bids received on this oroject to the 
Engineer with power to award the contract to the low bidder when cer- 
tain conditions have been fulfilled. 


"Lombard Street-Killingsworth Street Section of Lombard Street, Port- 
land, and Northeast Portland Secondary Highway, in Multnomah County. 
0.4 mile grading and 4.5 miles paving. The low bid submitted for 
this project was that of Porter ‘WV. Yett, Portiand, in the enount of 
$141,722.00, oased on the use of asphalt. He did not submit a bid 
based on tne use of tar. The next-low bid was that of Edjefsen- 
Weygandt Company, Portland, in the amount of (152,857.00, based on 
the use of tar. They did not submit a bid based on the use of as- 
phalt. There were 3 hizher bidders. The Commission awards this 
contract to the low bidder. Porter W. Yett, at his bid of $141,722.00, 
using asphalt. 


"Oregon Slough-Columbia Slough Section of the Pacific Highway West 
(North Denver Avenue), in siultnomah Comnty. 0.96 mile pavement re- 
surfacing. Only two bids were received for this work, that of Parker- 
Schram Company, Portland, being the low one, in the amount of 
$2,376.00. The other bid was that of the United Contracting Company, 
Portland, in the amount of $2,420.00. The Cormission awards this 
contract to the low bidders, Parker-Schram Coipany, at their bid of 


$2, 376.00. 


"East Unit of Shaniko-Cow Canvon Section of the Sherman Highway, in 
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of Tigard the particular section to be improved. The delegation approved such 
arrangement. 
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Mayor E. J. Bayliss of Sheridan was present and inquired «s to what 
plans the Commission has, if any, for the improvement of the Salmon River Hich- 
(iicMinnville-Tillamook Highway) through the town of Sheridm. He recalled 
that the Engineer was authorized to make certain investigations with the idea 
in mind of improving this section if possible. The Engineer edvised that, as 
instructed by the Commission, a survey of the project was made and the results 
thereof reported to the Commission some time ago and that the Commission found 
it necessary to defer its approval of the project because of the high cost in- 
volved and the limited amount of funds available to the Commission for work of 
that kind. Chairman Cabell advised that it would not be possible for the Com- 
mission to undertake this project this year but the Commission will give it due 
consideration in the formulation of the program for next year's federal funds. 
The Engineer was instructed to contact Mayor Bayliss in Sheridan at his conven- 
ience and discuss the entire project with hin. 


The Commission adjourned at 5:30 p. m., to reconvene at 9:00 a. m. 
the following day in the Imperial Hotel to dispose of routine matters. 


Portland, Oregon, July 19, 1940 


The State Highway Commission reconvened at 9:00 a. m. in the Stream- 
line room of the Imperial Hotel. Present were: 


Henry F. Cabell, Chairman 

Huron W. Clough, Commissioner 

Herman Oliver, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


A delegation from Southern Oregon, consisting of sixteen members, 
presented an urgent plea for assistance from the Commission in securing a spec- 
ial federal appropriation to finance the reconstruction of the Pacific Highway 
from Eugene to Ashland, and the Columbia River Highway between Portland and 
The Dalles so as to make these highways suitable for the transportation of mil- 
itary equipment in the event of necessity. Members of the delegation were 
A. C. Marsters, W. C. Harding, Senator C. W. Clarke, County Judge itiorris C. Bow- 
ker and County Commissioner J. Ross Hutchinson, of Douglas County, all from 
Roseburg; C. H. Demeray, W. A. Johnson, County Judge and John Valen and Rich- 
ard MeElligott, County Commissioners of Josephine County; County Cohmissioners 
C. UM. Young and W. J. Holland, of Lane County; County Commissioner William Perry 
and County Engineer Paul B. Rynning, of Jackson County; J. B. Coleman, County 
Judge of Jackson County; H. E. Eakin of Cottage Grove; and Captain S. M. Tuttle 
of Medford. Mr. Marsters headed the group. 


WHEREAS, Peninsula Drainaze District Number One of iultno- 
mah County, Oregon, has applied to the State Highway Commission for 
an easement permitting the construction and maintenance of a flood 
wall within and along the right of way of the North Portland Road, 
sometimes known as Swift Bovlevard, now a part of the state second- 
ary highway system in Multnomah County; and 


WHEREAS, after due consideration the Commission is of the 
opinion that the construction and maintenance of said flood wall 
will in nowise interfere with the use of the right of way for high- 
way purposes, but on the contrary will benefit the highway by reason 
of protecting the roadbed against floods and high water; and 


WHEREAS, it is the opinion of the Commission that said ap- 
Plication should be granted; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED, all mem- 
bers being present and voting affirmatively as follows: 


1. That the application of the Peninsula Drainage Dis- 
trict Number One of Multnomah County for an easement permitting the 
construction and maintenance of a flood wall within the right of way 
of the North Portland Road, also known as Swift Boulevard, be and 
the same hereby is granted. 


2. That J. H. Devers, Attorney for the Commission, be and 
he is hereby authorized to prepare the necessary form of casement and 
submit the same to the Commission for approval and execution. 


3. That when said easement has been executed by the Commis- 
Sion an executed copy thereof shall be delivered to vhe Peninsula 
Drainage District Numer One of Multnomah Counsy. 


4. That this resolution be entered in the minut2s and res- 
ords of the Commission and a copy thereof attached to the said ease- 
ment agreement. 


A delegation from Tigard, consisting of Emil A. Johnson, George Halo- 
well, W. Kk. Evans, and Messrs. Vermilye and Young, wus present and asked the Com- 
mission to extend the limits of the improvement of the oid highway route through 
Tigard from tne business section of the town to the point where the old highway 
connects with the new highway on the north, and to Yanno Creek on the south. 
They asked for the oilin, of tlis entire section full-width between curbs. The 
Engineer advised that this work would cost about "5,000.00 more than the Commis- 
dion has already budgeted for the Tigard improvement. He questioned the advisa- 
bility and justification for the improvement of the entire section as reque sted 
but recommended that the proposed improvement be extended about 150 feet at each 
end, which he thought would be satisfactory and would cost about $1,500.00. 
After considerable discussion the Commission authorized an exnenditure of $1500 
fbr the additional work and left it with the Engineer to decide with the people 


road open during the winter season, and the question has arisen whether or 
not the expense is justified in view of the fact that the South Santiam High- 
way is now available for year-round traffic and it is contemplated to keep it 
open during the winter months. The normal annual expense for such operations 
on these highways, he said, is $15,000.00 each. He pointed out that the Wil- 
lamette Highway will be open for general public use on August 1 and, accord- 
ing to present plans, will be kept open during the winter months, which will 
add a considerable amount to the annual expense of snow-removal operations 
throughout the state. 


My. W. H. Lynch, District Engineer, Public Roads Administration, 
advised that sufficient forest highway funds are not available to embark on 
@ program of snow-removal work other than that which it is possible to do 
with push plows. He suggested that the state assume this obligation on the 
North Santiam Highwey for that reason and pointed out that the relieving of 
the Government of tnis expense would simply mean that the federal funds that 
have heretofore been used for such purpose could be applied toward the cost 
of additional construction work. After considerable discussion the Commis- 
sion decided to conduct snow-removal operations on this highway next winter 
on the same basis as that on which such operations were carried on last win- 
ter; viz., that the Federal Government would pay for push-plow work on the 
section under its control, Marion County would do as much as possible with 
Push plows, and the state would do what is necessary with rotary snow plows, 
with the understanding that Marion County would reimburse the state for such 
expense in view of the fact that the North Santiam is not a state highway. 
This arrangement is conditioned upon there being sufficient state equipment 
available to carry on the work. The Engineer was instructed to contact Mar- 
ion County Court in regard thereto. 


In this connection the Engincer reported a suggestion from the Pub- 
lic Roads Administration that the state take over and assume the obligation 
of maintaining the Forest Highway Section of the Willamette Highway, includ- 
ing both maintenance of the road surface and snow removal. It appears that 
this highway is so situated that it cannot be maintained economically by 
government forces; hence their request for state maintenance. The Engineer 
recommended approval of the suggestion, which, as in the case of the North 
Santiam Highway, would leave forest highway funds for construction purposes. 
The Commission approved the recommendation unanimously and authorized the En- 
gineer to maintain this highway with state forces at statc expense; also, to 
do what is necessary in the way of snow removal to keep the road open for 
travel throughout the winter season. 


The Assistant Attorney reported the status of the right of way bud- 
get. He advised that the Commission approved a budget of $600,000.00 for 
right of way purchases in 1940 and that up to the present time of this amount 
$344,000.00 has been obligated. The Commission approved the report. 


The Attorney requested authority to acquire certain parcels of real 
property that are needed for various highway improvements throughout the 
state. He submitted a list of such properties together with the prices that 
he recommended be paid for each. After careful consideration of each item 
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Speaking on behalf of this improvement were Messrs. Marsters, Bow-— 
ker, Tuttle, Johnson, Demeray, Clark, McElligott, Rynning, and Eakin. They 
presented numerous arguments and gave numerous reasons for militarizing these 
highways, particularly the Pacific Highway, and offered to give the Conmis- 
sion full cooperation in anything that the Commission should undertake to ac- 
complish the desired end. They also informed the Commission that any special 
moneys received from the Federal Government for this purpose could be charged 
to the various districts in which the expenditures are made, thus releasing 
other federal funds for expenditure elsewhere throughout the state. They de- 
clared that this project requires the concerted efforts of everyone and urged 
the Commission to take a definite stand in the matter and to help in securing 
the assistance of all of the members of the Oregon delegation in Congress. 
Mr. Marsters closed the delegation's presentation with a few appropriate re- 
marks. The Commission made no statements whatsoever with respect to the sub- 
ject and took no action thereon. 


The Commission by unanimous vote approved the minutes of the meet- 
ings held on March 21 and 22, April 9, May 1, 2, and 3, and May 23, 1940. 


The Engineer reported on the condition of the I.0.N. Highway sur- 
facing, particularly between the Owyhee River and the Nevada state line. He 
said that the surfacing on this section consists of pit-run gravel and that 
cars driven thereover at a reasonable rate of speed are not caused any trouble; 
but, due to the fact that the road is straight and carries very little traffic, 
the tendency of autoists is to drive at an excessive rate of speed, and as a 
result during the past two or three months numerous accidents have occurred 
by reason of tire blowouts, the last one during the preceding week resulting 
in the death of two prominent Nevada men. The oiling of the road, he said, 
would alleviate this condition. However, to give it a light-oil treatment 
would cost about $100,000.00. He pointed out that this highway is eligible 
for federal lands highway funds and suggested the contracting of the oiling 
work this fall and the securing, if possible, to finance the work, the un- 
allocated federal lands highway funds for the fiscal year 1941 and as much of 
the 1942 federal lands highway funds as may be needed, under an arrangement 
such as Was made with the government officials last year whereby the state 
advaneed funds for other work on this highway with the understanding that the 
Governsent would reimburse the state for its share of the cost. He estimated 
that federal lands funds in the amount of about $70,000.00 would be needed. 
He recommended such an arrangement and that in the meantime appropriate signs 
be erected advising the traveling public of the existing condition and limit- 
ing the speed of traffic to 40 miles ver hour. After discussion the Commis— 
sion approved the Engineer's suggestion relative to the oiling work; however, 
instructed him not to present it to the Public Roads Administration until 
Congress has appropriated additional federal lands highway funds. The Com- 
mission also approved the Engineer's recommendation relative to the mainten- 
ance of warning and specd-limit signs along this highway. 


The Enginver brought up for discussion the matter of snow removal 
on the North Santiam Highway during the coming winter. He pointed out that, 
according to the records that have been kept of these operations during the 
past two yuars it has averaged between 35.00 and $10.00 per car to kaep this 
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Section, Hwy., and Owmer Purpose Acres Approximate Amounts Agent 


t T - Wi 
8037-Detroit Trust Company Quarry 88.1 fo per a. less $19.55 


(Correction) Site for piling sold Parker 
‘ t t = hway East 
6895,6-Butler, J. Dean and R/* For retaining wall, gas and 
Glenn, Mary oil tank changes, $56.30 DeSouza 
= ighway 
7867-Owen, C. J. Seale Site 0.23 $200 per a.,+ $234 McChesney 
(Correction) & Easement 
t 's C ection — West Po bard Hi: 
3632-Hughes, Clark E. R/W 0.23 $1500 per a., + $255 Benson 
T ec = i way West 
6951-Hoffarber, albert Rt 1730 sq.ft. Land $1.00, + $270 Collins 
(Correction) for raising canopy 


n—hicw iV 
4307-Bus1, Laurence 2.861 $150 per a., + $1070.85 


Collins 
8205-Stringer, C. L. " 3192 sq.ft. 3. 1328¢ sq.ft., + 
$100, + moving bldgs. 
(low bid $500) Collins 
Landon 
4308-School District #51 ® 0.013 to be exchanged for 
0.104 2., to be ac- 
quired at cost of 
¥50, + $500 Collins 
Landon 


8189 sq.ft. + 642¢ sq.ft., + $255, 
+ moving & re-establishing 
bldg. (Est. cost $1500); 
State to deed 3192 sq.ft. 
at 3.1328¢ sq.ft., acquired 
from C.L.Stringer Collins 


Laindon 
on Sect - ast Highy 
5338-Jameson, Morril] R/W 1788 sq.ft. 5¢ sq.ft., + $260 Gardiner 
5355A—Anderson, Emmett " Moving bldg. from 
R/A, $50 " 
5372-Rauschart, E. R. " 3710 sq.ft. 2650 sq.ft. at 10¢ sq.ft. 
(Correction) 1060 sq.ft. at 5f sq.ft., 
+ low bid $1650 moving 
bldgs., + $50.60 " 
5319-Bandon, City of " 10,042 sq.ft. State to construct side- 
(Correction) walks to value of prop- 
erty taken (#753.10), + 
(Continued on next page) moving bldgs., low bid 
$1125 ° 
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the Commission approved the request and by unanimous vote adopted the follow- 
ing resolution in regard thereto: 


WHEREAS, in connection with the further improvement of 
the highways hereinafter designated,it is and has been necessary to 
acquire property for right of way, quarry sites, gravel or other ma- 
terial sites, or sites for the storage of materials, as hereinafter 
more definitely set forth; and 


WHEREAS, as a result of negotiations carried on with the 
owners of the property required, options have been obtained, which 
options have been considered by the Commission, outlining the bases 
of settlement which have been agreed upon; and 


WHEREAS, it is the judgment of the Commission that the 
said options should be approved and accepted, and/or the said re- 
ports be declared acceptable to the State Highway Commission as ba- 
ses of settlement for the properties involved, and that the acqui- 
sition of the properties should be completed: 


NOW, THEREFORE, BE IT RESOLVED that the several offers, 
or bases of settlement hereinafter enumerated be, and the same here- 
by are, approved and accepted, and that the Attorney for the State 
Highway Commission be, and he hereby is instructed to complete the 
acquisition of the said properties and to take title thereto in the 
name of the State of Oregon. The said properties hereby ordered and 
authorized to be acquired are as follows: 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Troutdale Section-Columbia River Highway 
ii 2.43 


7554-Lambert, Joe H. R, $400 per a. Parker 


3850-Watts, Mildred 7. 0.48 $2,750 Lump Sum Devers 


Clatskanic it—Jewell Section — Nehalem Highway 
8217-Tidewater Timber Co. Stock Pile 1.9 Gratis Eason 


j ension Section (Vernonia-Mist) — Nehalem Highwa 
8216-Clark & Wilson Lum— Stock Pile 2.01 Gratis Eason 
ber Company 


Rainier Section - Columbia River Highway 


8180-Proctor, J. E. Stock Pile 16 lots $15 each McChesney 
Paving Plant 


7449-School District #7 , s $500 per a. + $15 McChesney 


Washington Count ction -— Wilson River Highwa 
8153-—Consolidated Timber Co. R/W 51.8 $9.43 per a. Parker 
° " " " 1.32 Gratis bd 
1.97 $5 Lump Sum (2 parcels) " 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


e Se - Edd e-Blodzett Highwa: 
8030-Corey, Geo. D., and a Woving bldxs. from 


W.C.T.U. R/W, $350 Parker 
Eugene~Veneta Section — Eugene~i.apleton Highway 
8156-Jetson, J. J. et al Haul Road 1.09 $100 Lump Sum Parker 
Grants Pass-G Creek Section — Pacific Highwa 
724,6-Sehmidt, Nellie R/T Raising bldz. an addi- 
(Supplemental ) .tional 3 ft. acct. 


super-elevation of 
highway, $122 leCallister 
Quartz ilt.-Drews Valley Section - Klamath Falls Highway 
7902-Oregon Land & Live- Gravel Pit 4.18 $5 per a.,+ haul- 
stock Company Haul Koad ing road Benson 
(Correction) 


Klamath Agency-wodoc Point Section - The Dalles-California Highway 


§220—Johnson, James waintenance 1.0 $45 Lump Sun Chandler 
Site & Stock (Lease) 
Pile Site 
Union-North Powder Section - Old Oregon Trail Highway 
8177-Haynes, T. B. Steck Pile . 0.43 #100 per a. Wells 
! = row tion - Frenchglen Highway 

7793-George, Frank J. R; 6.14 $6 per a., + fenc- 

ing $243 Wells 


Lone Rock Junction-Rock Creek Section - Wasco-Heppner Highway 
8010A-Oregon-Washington Joint 


Stock Land Bank Gravel Pit 1.11 l-yr. lease, $26 Williams 


Undercrossi Section — Old Oregon Trail Highwa 
8179-Lackey, Alford R/il 2727 sq.ft. $25 Lum> Sum Parker 


licNee, Ernest and halen 


7394-Reece, John F. Estate Gravel Pit 1.36 $100 per a. " 
Crabtree ction — Albany-Lyons Highwa 
8187-Burge, Marion F. and i and 2.81 $100 per 2., + $260.50, 
Union Central Life In- Stock + moving & rebuilding 
surance Company Pile fence and moving garage 
(Est. $20) McChesney 

8183-Gaines, M. C. R/a 1.44 $125 per a. 

2.00 ~ 60 per a. 

2.55 § 25 per a., + 

5.99 $786.25 " 

tion - S ver Hi 
8132-Churchill, James, Zstate 37.1 $5 per a. Parker 
Park 


Section, Hwy., and Owner Purpose Acres Avproximate Amounts Agent 


Bandon tion egon Coast Highway, continued) 
7859-Assembly of God R/W 530 sq.ft. 5¢ sq.ft., + cost of mov- 
(Correction) ing bldgs, low bid $660 
Gardiner 
5320-1 ‘elton, D. J. 800 sq.ft. 5¢ sq.ft., + $100. + 
moving house (ist. 
cost. $250) 


Euchre Creek-Port Orford Section - Oregon Coast Highway 
2563A-Knapp, Louis L. Park 5 lots Land gratis (state to as- 


(Correction) sume payment of 211.50 
for taxes, but no more) 
Collins 
t 


7745-.iller, Eva, and Stock Pile 1.98 $250 per a., + $5 
Wood, Elva .iiller Plant Site 
(Correction) 


North Bend-arshfield Section - Oregon Coast Highwa 
8080-Coos 3ay Dredsing Co. R/a 1592 sq.ft. Lo sq.ft., + moving bldg. 
(Est. $1000); state to 
convey Lots 17, 18, Blk. 
33, Nashourg's Add. to 
varshfield, containing 
approx. 4750 sq.ft. at 
6¢ sq.ft. Landon 
Collins 
Marshfield Section - Oregon Coast Highway 
5093-Noeninger, Anna R/¥ 745 sq.ft. Land #500 Lump Sum, + 
(Correction) low bid for remodel- 
ing store bldg,%1207 Benson 
Cascadia-U>per Soda Section - Santiam Highway 
8202-Oregon & Western Coloni- 2.06 $100 per a. Eason 
zation Conpany 2 Stock Piles (1.03 cach) 


Albany-Lyons Highway - Crabtree-Scic Section 
8186-Norman, Harry ¥. R/T 1.83 1.13 a, at $100 per a. 
0.70 a. at $150 per a., 
+ $382, + low bid $790 
for moving barn NeChe sney 
818@4-Lough, A. F. -03 $200 per a., + $9 " 
3185-Samples, Thomas D. $200 per a., + $20 ad 


Albany Section — Pacific Higaway East 
6401-lit. States Power Co. R/W 38 #100 Lump Sua Gardiner 
(Correction) 

5883a-Cox, Clarence * Cost of destruction of 
trees and land, and 
construction of bridge 
due to flood conditions, 
$200 Gardiner 
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properties or which descriptions may be used in the preparation of 
a complaint in the event that condemnation proceedings are neces- 
sary. 


3. That the boundaries of the said parcel or parcels of 
land, as defined and determined by the said survey made by the said 
Highway Engineer, along the route or location adopted by the High- 
way Commission, snall be and the same hereby are adopted and the 
lands defined therein are hereby declared to be and the same are in- 
cluded within the rights of way of the said portion or portions of 
the said state highway system and hereby are declared to be neces— 
sary for the proper location, improvement, construction, and main- 
tenance of the said portion or portions of the state highway system. 


4. That I. H. Van Winkle, Attorney General of the State 
of Oregon, and J. M. Devers, Assistant Attorney General and Attorney 
for the State Highway Commission, be and they are hereby requested, 
authorized, and directed to attempt to agree with the owner or own- 
ers and/or with the tenants or persons in possession, if there be 
any, of said parcel or parcels of land with respect to the compen- 
sation to be paid for the taking of the same and the damage, if 
there be any, and in the event that no satisfactory agreement or 
agreements can be reacheg, then it is hereby further resolved that 
the Attorney General of the State of Oregon and J. MN. Devers, As- 
sistant Attorney General and Attorney for the State Highway Commis- 
sion, be and they hereby are requested to commence and prosecute 
to a final determination such suit or action, or suits or actions, 
as may be necessary and appropriate to acquire title to the said 
premises and all rights therein for the purposes herein stated. 


5. That this resolution be entered in full in the minutes 
and records of this Commission. 


WHEREAS, the State Highway Commission under the provisions 
of Chapter 529, Oregon Laws, 1939, is authorized to locate, relo- 
cate, construct, reconstruct, maintain, widen, straighten, and 
otherwise improve state highways, both primary and secondary, and 
said Commission is also authorized to construct shops, equipment 
sheds, office buildings, maintenance sites, patrolmen accommoda- 
tions, and snow fences, and is authorized to acquire quarry sites, 
gravel pits, storage sites, stockpile sites, weighing stations, and 
broadcasting stations, and is further authorized to develop, con- 
struct, improve, operate, and maintain parks, parking places, auto 
camps, camp sites, roadside development, recreational grounds or 
resorts, and other places of attraction and scenic value; and 


WHEREAS, said Highway Commission is authorized to acquire 
by purchase, agreement, donation, or by the power of eminent domain 
real property deemed by the Highway Commission necessary for the 
accomplishment of any or all of the foregoing things; and 
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The Attorney requested authority to institute condemnation proceed- : 

ings to acquire property needed from the estate of Gladys Schmidt, file 8106, 
as right of way for the improvement of the Shaniko-The Dalles-California High- 


way Section of the Sherman Highway, in Shernan County, and also to acquire 
from Benjamin Fisher, file R8155, land needed for a quarry site and a hauling 
road to be used in connection with the construction of the Eugene-Veneta Sec- 
tion of the Eugene-Mapleton Highway (Route F). The Commission approved the 
request and by unanimous vote adopted the following resolutions in regard 
thereto: 


WHEREAS, the State ‘fighway Commission is by law author- 
ized and directed to lay out, locate, relocate, designate, construct, 
reconstruct, improve, and maintain a system of state highways in the 
State of Oregon, including both primary and secondary state high- 
ways, to acquire rights of way necessary therefor, and to declare 
the necessity and need for the acquisition thereof, and the advan- 
tages to be gained thereby; 


NOW, THEREFORE, BE IT aN» IT HdEnebY IS RESOLVED by the 
State Highway Commission as follows: 


1. That the State Highway Commission docs herevy find and 
declare that it is necessary, will be of advantage to the State of 
Oregon, and is needful that the State acquire for right of way pur- 
poses for use in connection with the permanent location, construc- 
tion, improvement, and maintenance of the following section or sec- 
tions of the state highway system of the State of Oregon, to wit: 


Shaniko-The Dalles-California Highway Section of the Sherman Highway 


real property owned by or in possession of the following parties 
and/or persons, to wit: 


8106-Estate of Gladys Schnidt 


and this Commission does hereby declare further that the said prop- 
erty or properties are necessary, are needful, and the acquisition 
thereof wil] be of advantage to the State of Oregon for right of 

way purposes in order to make it possible for the State Highway Com- 
mission to properly locate, relocate, construct, reconstruct, and 
maintain said portion or portions of the said state highway system 
in accordance with standards adopted by this Commission relative to 
curvature, grades, alignment, drainage, and factors of safety. 


2. That the State Highway Engineer be and he hereby is 
instructed and directed to proverly survey the parcel or parcels of 
land required for such right of way purposes and prepare proper and 
adequate descriptions thereof, which descriptions shall be employed 
in the preparation of a deed or deeds or other instrument or instru- 
ments necessary to complete the acquisition of the said property or 
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5. That this resolution be entered in full in the min» 
utes and records of this Commission. 


The Commission confirmed the sale of 23 acres of land adjacent to 
the Warm Springs Highway, in Jefferson County, to Floyd Wood of Madras, for 
the stm of $50.00, upon recommendation of the Engineer and the Attorney, Mr. 
Wood's bid being the only one received as a result of advertising the sale 
of this property in the Madras paper and it being considered a satisfactory 
bid and the land being considered of no value for state highway purposes. 


The Engineer reported the results of a pedestrian traffic count tak- 
en on the Rogue River Bridge at Gold Hill to ascertain the justification for 
sidewalk construction on this bridge, as has been requested by the citizens 
of this town. He advised that the count taken during a 12-hour period, on 
Thursday, June 27, 1940, reveals a pedestrian count of 126, and 13 bicycle 
riders, the movements being about equally divided between north and south 
traffic. He estimated that it would cost about $9,000.00 to construct perma- 
nent concrete sidewalks on both sides of the bridge and that it would cost 
about $3,500.00 to construct these sidewalks of timber, He suggested approv- 
al of the permanent concrete sidewalks in the event the Commission decides to 
proceed with the improvement, because the bridge is in the town and will al- 
ways be used, notwithstanding that the highway may be rerouted at some time 
in the future. The Commission deferred a decision in the matter. 


Reconsideration was given by the Commission to the matter of con- 
structing the Brookings project on the Oregon Coast Highway, in Curry County. 
The Engineer recommended that this project be advertised for bics to be tak- 
en at the August meeting of the Commission, if the right of way can be cleared 
at that time, and that the specifications be written so as to preclude the 
contractor from doing anything in connection with this job during the winter 
months that will interfere with or discommode businessmen. The Attorney ad- 
vised that options for the right of way have been acquired for the entire 
project with the exception of two or three parcels that will have to be con- 
demned. After discussion the Commission instructed the Attorney to proceed 
with condemnation of these parcels, as heretofore authorized, and authorized 
the Engineer to advertise this project in accordance with his recommendation. 


The Commission had under discussion the setting of dates for its 
trip down the Oregon Coast Highway for inspection of state parks and county 
roads in Curry County, and decided tentatively to make this trip during the 
week commencing Friday, August 16. The Commission also tentatively set the 
week commencing September 1, 1940, as the time for its inspection of highways 
in Eastern Oregon. The Engincer was instructed to prepare an itinerary for 
both trips. 


The Commission also discussed matters pertaining to the Annual Mcet- 
ing of the American Association of State Highway Officials, which is to be 
held in Seattle, Washington, on September 16, 17, 18, and 19, 1940. It was 
decided that all three members of the Commission should attend this meeting 
and that the Highway Department should be represented by certain employees to 
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WHEREAS, in the judgment of the Highway Commission the 
real property hereinafter described is necessary for quarry site 
and hauling road purposes in connection with the construction of 
its Eugene-Veneta Section of the Eugene-Mapleton Highway; | 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission as follows: 


1. That the Commission does hereby find and declare that 
the real property hereinafter described is necessary for the accom- 
plishment of the purposes hereinafter declared, which said real prop- 
erty is described as follows, to wit: real property owned by Benja- 
min Fisher and located in Section 26, Township 17 South, Range 5 
West, W. li., Lane County, Oregon, more particularly described on the 
attached sheet. (See Real Property Condemnation File No. 1 for de- 
scription as approved by State Highway Commission.) 


2. That the purpose for which the above described real 
property is being acquired is for a quarry site and hauling road to 
be used in connection with the construction of the Eugene-Vsneta 
Section of the Eugene-Mapleton Highway. 


3. That the State Highway Engineer be and he hereby is 
instructed and directed to make or cause to be made all surveys nec- 
essary in connection with the determination, description, and ac- 
quisition of said real property, and said Engineer is further in- 
structed to prepare and submit to the Legal Department necessary 
and adequate descriptions of the said real property, which said de- 
scriptions shall be available for the preparation of any deed or 
deeds or other instrument or instruments necessary to complete the 
acquisition of said property or properties, whether said property 
be acquired by purchase, donation, agreement, or by the exercise of 
the power of eminent domain. 


4. That I. H. Van Winkle, Attorney General of the State 
of Oregon, and J. M. Devers, Assistant Attorney General and Attorney 
for the State Highway Commission, be and they are hereby requested, 
authorized, and directed to attempt to agree with the owner or own- 
ers and/or with the tenants or persons in possession, if there be 
any, of said parcel or parcels of land with respect to the compensa- 
tion to be paid for the taking of the same and the damage, if there 
be any, and in the event that no satisfactory agreement or agree-— 
ments can be reached, then it is hereby further resolved that the 
Attorney General of the State of Oregon and J. M. Devers, Assistant 
Attorney General and Attorney for the State Highway Commission, be 
and they hereby are requested to commence and prosecute to a final 
determination such suit or action, or suits or actions, as may be 
necessary and appropriate to acquire title to the said premises and 
all rights therein for the purposes herein stated. 
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who believes in the retention of scenic highways for the purposes for which 
they were intended. He was informed by Chairman Cabell that the Commission 
would be pleased to give the matter consideration but is not prepared to make 
a definite statement at the present time. 


Following Mr. Ellis's departure the matter was reconsidered, when 
the Commission decided that the time is too short to prepare a statement to 
the Interstate Commerce Commission. Furthermore, the Commission is reluctant 
to enter into a controversial matter of this kind. The Commission considered 
it best to discuss the matter with the Public Utilities Commissioner of Ore- 
gon, wr. Ormond R. Bean, who has jurisdiction in so far as it pertains to the 
highways within the State of Oregon, it being the thought of the Commission 
that it could forestall the yvranting of the permit to the Consolidated 
Freightways, Inc., if that is considered advisable after further study. 


, The Attorney brought up for discussion matters pertaining to the 
right of way needed for the proposed Front Avenue project in Portland. He 
said that options have been secured from nearly all of the owners where big 
transactions are involved and that he is now prepared to proceed with the se- 
curing of options for the balance of the property and to close the options al- 
ready secured if the Commission so instructs him. Chairman Cabell gave as his 
thought that the Commission should not be bound to take up these options until 
all other matters pertaining to this matter have been clarified and disposed 
of, particularly the securing of the right of way from the railroad companies, 
the ascertaining of the right of the public to the use of the upper deck of 
the Steel Bridge over which it is proposed to route traffic, and the securing 
of the railroad company's approval for the use of this bridge. Commissioners 
Clough and Oliver concurred. As a matter for the record, the Commission in- 
structed the Attorney to continue the taking of options for right of way as 
is needed for this mroject. Chairman Cabell was authorized by the Commission 

to arrange a conference with the city officials of the City of Portland rela- 

i) tive to the closing of the options when he is satisfied as to the oroper dis- 

position of other major matters pertaining to this undertaking, it being un~ 

derstood that he would report the results of this conference to the other Com- 
missioners for ratification, 


Ne 
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The Attorney submitted for the approval of the Commission tentative 
drafts of several bills involving state highway legislation that the Commis- 
sion is sponsoring and proposes to submit to the 1941 Legislature, particular- 
ly the following: 


: 

: 1. Revision of House Bill No. 28 which was rejected by the 
1939 Legislature and pertains to log hauling, granting of continu- 
ous permits, and increasing the overall length and overall height 
of vehicles that may be transported over state highwavs. 


2. Bill covering the removal of "danger trees" from private 
property adjacent to state highways and the payment of the cost 
of removing such trees. 


3. Bill providing for the elimination of billboards and 
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be designated later. It was left with Chairman Cabell to discuss this matter 
with Governor Charles A. Sprague whose opinion is desired relative to the fur- 
nishing of state cars for transporting other employees who may wish to attend 
this meeting at their own personal expense. 


Consideration was given by the Commission to the matter of attend- 
ing the dedication of the Willamette Highway, which is to be conducted at Salt 
Creek Tunnel at the summit of the Cascade Mountains under the sponsorship of 
the Eugene and Klamath Falls Chambers of Commerce on Tuesday, July 30, 1940. 
The Commission decided to attend this function if possible. 


The Attorney reported refusal on the part of the City of Roseburg 
to pay the cost of operating a traffic light at the crossing of the Pacific 
Highway with the Southern Pacific Railroad in Roseburg. He said that up to 
the present time the State Highway Department has paid bills amounting to 
$281.77 for electrical service and that, according to the orders of the Pub- 
lic Utilities Commissioner, who conducted a hearing on this crossing, this ex- 
pense is to be paid by the city; further, that the city agreed at the hearing 
to pay this expense. He requested instructions. In the discussion of this 
matter the question arose whether or not the state should assume expense of 
this kind as a matter of state-wide policy, which would require modification 
of the present policy with respect thereto. A decision in the matter was 
deferred by the Commission pending a report fron the Engineer as to how many 
lights in this classification are now being maintained, and the amounts that 
are being expended by the state in the various municipalities annually for 
the electrical energy required to operate them. 


The Commission adjourned at 12:00 noon and reconvened at 1:30 p.m. 
in the same room with all Commissioners present and participating. Also pres- 
ent were the State Highway Engineer, the Attorney and the Secretary. 


Mr. William P. Ellis, attorney, Salen, came before the Commission 
relative to the application of the Consolidated Freightways, Ince., before the 
Interstate Commerce Commission, for a “certificate of public convenience and 
necessity" to extend its operations between San Francisco and Oregon points. 

He said that the Consolidated Freightways, Inc., is endeavoring to secure au- 
thority for the establishnent of a high-speed freight service along the Oregon 
Coast Highway between Marshfield and California points and that a hearing on 
the subject is to be held in Portlarid on the following lionday, July 22. It was 
his thought that the Highway Comiission is particularly interested in the 
matter because, in his estimation, the establishment of high-speed freight ser- 
vice on this highway would introduce considerable hazard to other traffic, in 
view of the fact that this section of highway contains so many sharp curves. 

He suggested that the Commission have someone present at the hearing who is 
able to testify as to the physical characteristics of this highway within Ore- 
gon, which would help the Interstate Comavrce Commission in making its decision 
and would possibly effect an adverse decision in the case and prevent the un- 
necessary misuse of this highway, which is one of Oregon's most scenic routes. 
He further stated that his interest in tne proceeding is partly in the inter- 
est of certain local truck lines whose business would be adversely affected 
should the application be granted. However, he is also concerned as a citizen 
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the Engineer's suggestion but deferred final action pending consultation with 
the Board of County Commissioners of Lultnomah County. The Engineer was in- 

structed to discuss the matter with County. Roadmaster George Buck and report 

back to the Commission. 


Mr. Johnson attrivuted the mistake made by his office force to the 
rush incident to the preparation of the bid and the filing of same with the 
Commission before 9:00 o'clock a. m. om the day the bids were opened. He al- 
leged that the opening of the bids at 9:00 a. m. does not give the contrac- 
tors sufficient time to prepare their bids and secure bid bonds before the 
time of the opening, the result being a last-minute rush, which is conducive 
to the making of mistakes. He suggested that the Commission change the time 
of the bid opening to 10:00 or 11:00 a. m. The Commission agreed to consider 
the matter and referred it to the Engineer for recommendation. 


A letter was presented from the Marshfield Chamber of Commerce re- 
questing improvement of the road through Golden and Silver Falls State Park, 
Coos County. The Engineer advised that the road through the park is not on 
the state highway system, although it connects with the Coos River Secondary 
Highway. He gave as his thought that the time is not propitious to official- ' 
ly extend the secondary highway and recommended that the request be denied, 


Fe 


particularly in view of the fact that the improvement is being requested for d Y 
the benefit of log haulers and because investigation reveals that it is pos- * . 
sible for the logging operators to build their own road entirely outside the Os 
park area, which would serve their purpose perhaps better than the road N 
through the park. The State Parks Superintendent, who was present, concurred 


in the Engineer's statements and advised that, in his estimation, the present u 
roadway through the park is not in the prover location and that it would be a “% 
waste of funds to improve the same. The Commission thereupon denied the re- 
quest. 


The Engineer requested authority to install a new type of traffic 
signal on the Salem-Dallas Highway at its intersection with Edgewater Street 
in the town of West Salem. He advised that this is a very busy intersection 
and that accidents frequently occur there, notwithstanding that a standard- 
type flashing beacon is now being maintained at this point. He gave as his 
thought that it would be a good place to try out the new type of signal, 
which consists of a flashing red light which changes to green upon the ap- 
proach of traffic at a certain designated speed. He estimated the cost of 
the new type signal at $1,500.00 and recommended approval of the installation 
as an experiment. The Commission approved the recommendation unanimously. 


The Engineer also reported the results of investigation by Traffic 
Engineer John Beakey of the traffic signals which the city of Burns has erect- 
ed at certain locations on state highways in that town without the Commis- 
sion's approval. He said that the Traffic Engineer now recommends approval of 
the flashing beacon installed at the intersection of Broadway N. and D Streets 
which is at the top of a vertical curve where sight distance is short, and dis- 
approval of the signal installed at the intersection of W. iionroe Street with 
Eagan Street, as there is no apparent need for the same. A similar investi- 
gation was made, he said, of the request of the city of Vale for approval of 
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advertising signs from private property adjacent to highways, which 
bill is being sponsored by the Oregon Roadside Council. 


4. Proposed anendnents to the present law pertaining to the 
maintenance of advertising signs on state highways within municipal- 
ities. 


5. Bill for the establishment of freeways. 


6. Bill providing for a division of traffic within cities and 
towns by the construction of curbs and parting strips. 


7. Legislation to effect the proper submission by Justices of 
the Peace of sums collected as fines for traffic violations. 


The Attorney read aloud the provisions of each bill and after some 
discussion the Commission approved all of them in principle, with certain re- 
visions. 


The Attorney also suggested that it might be advisable to introduce 
a bill prohibiting stock from running at larze on primary and secondary state 
highways, and a bill with reference to payment to incorporated cities and 
towns of a certain amount of the state highway revenue, as has been proposed 
by the Leazue of Oregon Cities. The Commission decided not to sponsor a bill 
relating to stock running at large on state highways and to give the other mat- 
ter serious consideration before making its decision. 


Messrs. Homer Johnson and J. C. Compton, contractors, came before 
the Commission in regard to tir. Johnson's bid submitted on June 13, 1940, for 
the Germantown Road-Barnes Road Section of Skyline Boulevard, in siultnomah 
County, in which bid Mr. Johnson alleges an improper entry was made by a clerk 
in his office who inadvertently inserted a unit bid price for asphalt, whereas 
it was his intention to bid on the tar alternate, which makes a difference of 
$1,500.00 in the total amount of the bid. He said that this was an honest 
mistake and he asked the Commission to change the bid accordingly. Otherwise, 
he stated, he did not want the job. wr. Compton confirmed Mr. Johnson's state- 
ments, as prospective subcontractor on the oiling work, and advised that the 
price quotau‘on that he gave to iir. Johnson was on the tar alternate and that 
he had no intention of submitting a quotation for asphalt. 


After considerable discussion the Commission voted unanimously not 
to make any change in the bid submitted by Mr. Johnson for this work, inasmuch 
as it involves the modification of a lonz-standing policy of the Commission 
and would establish an undesirable precedent. The Engineer suggested that if 
ur. Johnson will not sign the contract forms and furnish the required bond 
within a reasonable length of time, the Commission declare him in default and 
collect on the bid bond; also, that the project be readvertised for bids to 
be received at a future meeting of the Commission. He pointed out, however, 
that there is some question whether or not Multnomah County still desires the 
construction of this project, which is on a county road and is to be financed 
with federal secondary highway funds. The Commission tentatively approved 
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by wire relative thereto, said canps having to do with the development and 
improvement of state parks. He pointed out that he does not really have au- 
thority to make a final decision in such matters and requested instructions 
from the Commission with respect thereto so as to avoid embarrassing situa- 
tions that might arise. In this connection he advised that request has al- 
eady been made for the renewal of C.C.C. camps at the following state parks 
for the léth period: Silver Creek Falls, Jessie M. Honeyman, Saddle sioun- 
tain, and Short Sand Beach; also, that applications have been filed for new 
C.C.C. camps in the following state parks: Cape Lookout and Cape Mears, as a 
joint camp; Crooked River; Umpqua Lighthouse; Salmon River; and Silver Creek 
Falls, The Commission approved such applications by unanimous vote; however, 
ordered that hereafter, when matters requiring immediate decisions arise, the 
State Parks Superintendent shall bring them to the attention of Chairman Cab- 
ell by telephone or otherwise for instructions, and thereafter to the atten- 
tion of the Commission at its next meeting. Action on matters that do not 
require immediate decisions shall be deferred until the next meeting of the 
Commission. The Attorney was instructed to prepare an appropriate form of 
resolution covering the matter. 


Charge for the use of bathhouse at Cleawox Lake in Jessie li. Honey- 
man State Park:- The Parks Superintendent advised that the bathhouse will be 
open for general public use on the following Sunday, and gave as his thought 
that a charge should be made for use of- the facilities. He suggested that 
adults should be required to pay 10 cents each and that children up to 15 
years of age should be charged 5 cents. The Commission approved the sugges- 
tion. 


Purchase of additional wayside strips along the Salmon River Cutoff 
between Highway Engineer's Stations 227400 and 380+50:- The Parks Superin- 
tendent reported that the Miami Corporation, which owns this land, has offered 
to sell it to the state at the rate of $10.00 per acre, provided the company 
is given the privilege of cutting all matured timber standing thereon and to 
maintain roadways across the property. The Commission deferred a decision in 
this matter pending further nexotiations with the corporation bythe Parks Su- 
perintendent inan endeavor to secure a reduction in the purchase price. 


The Engineer reported the need to place a limit on the overall 
height of vehicles that are permitted to pass under the Southern Pacific Rail- 
road tracks on First Street in Albany, the present route of the Pacific High- 
way East. He advised that the clearance between the pavement and the railroad 
girders which support the railroad tracks is only 10 feet 8 inches and that 
several times recently trucks loaded with logs passing under this structure 
have struck the girders and there is a possibility of serious damave being 
done unless remedial measures are taken. It was his thought that the limiting 
of tne overall height of vehicles passing under this structure to 10 feet 
would take care of tne situation satisfactorily and recommended that the Com 
mission make an order to that effect. The Commission approved the recommen— 
dation and thereupon, by unanimous vote, adopted the following resolution with 
regard thereto; 
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a flashing beacon which the city proposes to install at the intersection of 
A and dain Streets in Vale and it is his recommendation that this request be 
denied as there is no evidence that the signal is needed. He advised that he 
concurs in the Traffic Engineer's recommendations. The Commission approved 
the recommendation unanimously. 


The Assistant Attorney reported the results of discussions with + 
house-moving contractors relative to collusion in the submission of bids for Fs 
the removal of houses from state highway rights of way. He said that it is 
not possible to state definitely that there was collusion in the submission 
of bids for the removal of houses from the right of way in Bandon but he is 
convinced in his own mind that such was the case. He Suggested as a remedy : 
that the Commission require cach house-moving contractor hereafter to submit 
to the Commission along with his bid for house-moving an affidavit to the ef- ; 
fect that he has not entered into collusion with anyone with respect to his 
bid. The Commission approved the suggestion and so ordered. rr 


The Assistant Attorney also reported that the State Board of Con- 
trol has agreed to assume the insurance risk on all buildings owned by the 
State Highway Department so that it is no longer necessary to purchase pri- 
vate insurance covering buildings acquired by the Commission in connection 
with right of way negotiations unless the Commission so desires. He referred 
particularly to the building acquired from a ur. Gibson in Salem and to the 
one purchased from a ir. L. 2. Dayton in Grants Pass. In view of the Attor- 
ney's report the Commission decided as its general policy to be followed here- { 
after not to insure such buildings in private companies. The Attorney was in- 
structed to make the necessary arrangement with the State Board of Control 
for state insurance coverage under the provisions of the Restoration Act. 


The following matters were reported by the State Parks Superintend- 
ent in person: 


Request of Lake County Post No. 53, American Legion, for a reserva- 
tion of a strip of land along the Quartz Mountain Section of the Klamath alls- 
Lakeview Highway, in Lake County, as a memorial to be named "Lake County World 
War Veterans' Memorial":- Th: Parks Superintendent recommended that the re- 
Quest be denied because it would establish a very undesirable precedent and 
would encourage the reservation of similar arcas in other parts of the state 
for like purposes, «hich would eventually react adversely to the best inter- 
ests of the highways. The Commission approved the reconmendation and instruct-— 
ed the Secretary to inform the Honorable Julius Cohn, Municipal Judge of Port- 
land, who presented this request to the Commission on behalf of the Lake Coun- 
ty Legionnaires, that, while the Commission is sympathetic with tho idea of 
this reservation, it cannot approve the same as a matter of policy, which pol- 
icy limits the bestowing of honors to donors of property or to persons who 
have done something important for the state from the state highway standpoint. 


_ Establishment of C.C.C. Camps:— The Parks Superintendent advised 
that he frequently receives from the federal authorities telegrams offering 
to establish additional C.C.c. camps in Oregon and requesting immediate answer 
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10 feet 4 inches. The Commission approved the recommendation and thereupon 
adopted the following resolution in regard thereto by unanimous vote: 


WHEREAS, that certain highway known as the Central Oregon 
Highway is a state highway, the route of which passes through the 
Corporate city limits of the City of Bend; and 


WHEREAS, the State Highway Commission has heretofore se- 
lected and designated Greenwood Avenuz in said City as one of the 
streets over which to route said highway; and 


WHEREAS, said street is crossed by the Oregon Trunk rail- 
road and traffic using said street at the point of intersection of 
said railroad and highway passes beneath the tracks of the railroad 
through a viaduct or undercrossing; and 


WHEREAS, the vertical clearance in said undercrossing does 
not exceed ten feet four inches, and many trucks using said highway 
route have a height of eleven feet and over; and 


WHEREAS, it is the judgment of the Highway Commission that 
for the safety of the general public using the said highway and for 
the protection of the railroad which crosses said street trucks pass- 
ing through said viaduct should be limited to a maximum height of 
ten feet. 


THEREFORE, BE If AND IT HEREBY IS RESOLVED AND ORDERED by 
the Commission: 


1. That no truck having a maximum height either unladen 
or with load of over ten feet shall be permitted to pass through 
the viaduct beneath the tracks of the Oregon Trunk Railroad Company 
where said tracks cross over Greenwood Avenue in the City of Bend. 


2. That the State Hishway Engineer be and he hereby is 
directed and instructed to prepare and place at each entranceway to 
said viaduct an appropriate notice, sign or warning advising truck 
operators that the clearance beneath said viaduct is impaired and 
that no truck having a height in excess of ten feet is permitted to 
pass through said viaduct. 


3. That this resolution shall be entered in the minutes 
and records of the Highway Commission and a certified copy thereof 
delivered to the County Court of Deschutes County and a duly certi- 
fied copy thereof delivered to the mmicipal authorities of the 
City of Bend, and a like copy to the officials of the Oregon Trunk 
Railroad Comoany. 


The Secretary presented a letter from Hood River County Court re- 
Questing permission to do certain construction work on the right of way of 
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WHEREAS, that certain highway known as the Pacific Highway 


East is a state highway, the route of which passes through the cor- ij 

porate limits of the City of Albany; and 
WHEREAS, the State Highway Commission hes heretofore se- 

lected and designated First Street in said city as one of the streets 

over which to route said highway; and i 
WHEREAS, said street is crossed by the Southern Pacific i 


railroad and traffic using the street at the point of intersection 
of railroad and highway passes beneath the tracks of the railroad 
through a viaduct or undercrossing; and 


WHEREAS, the vertical clearance in said undercrossing does 
not exceed ten feet eight inches and many trucks using said highway 
route have a height of eleven feet and over; and 


WHEREsS, it is the judgment of the Highway Commission that 
for the safety of the general public using said highway and for the 
protection of the railroad crossing said street trucks passing 
through sai. viaduct should be limited to a maximum height of ten 
feet. 


THEREFORE, BE IT AND IT HEREBY IS RESOLVED AND ORDERED by 
the Commission: 


1. That no truck having a maximum height either unladen 
or with load of over ten feet shall be permitted to pass through the 
viaduct beneath the tracks of the Southern Pacific Railroad Company 
where said tracks cross over First Street in the City of Albany. 


2. That the State Highway Engineer be and he hereby is 
directed and instructed to prepare and place at each entranceway to 
said viaduct an appropriate notice, sign or warning advising truck 
operators that the clearance beneath said viaduct is impaired and 
that no truck having a height in excess of ten feet is permitted to 
pass through said viaduct. 


3. That this resolution shall be entered in the minutes 
and records of the Highway Commission and a certified copy thereof 
delivered to the County Court of Linn County and a duly certified 
copy thereof delivered to the municipal authorities of the City of 


Albany, and a like copy to the officials of the Southern Pacific ‘ 
Company. » 

fi 

The Engineer also recommended the adoption of a similar resolution : 

limiting to 10 feet the overall height of loads passing under the Oregon - 
Trunk railroad tracks on the Central Oregon Highway in Bend, where the verti- 3 
cal clearance between the highway pavement and the railroad structure is only r 
Fe 
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2. The Engineer hereby is instructed to give proper 
recognition to said highway as a primary state highway in the rec- 
ords and reports of the Highway Commission. 


3. In addition to the adoption of said highway as a pri- 
mary state highway it hereby, subject to approval by the Public 
Roads Administration, is ordered that said highway shall be, and 
the same hereby is declared to be, a Federal Aid Highway, and there- 
fore a part of the Federal Aid Higiway System. 


4. Upon approval by the Public Roads Administration the 
Engineer is instructed to give appropriate recognition in the rec- 
ords and reports of the Highway Canmission to said hizhway as a 
Federal Aid Highway. 


5. That this resolution be entered in the minutes and 
records of the Highway Commission and a duly certified copy there- 
of delivered to the County Court of Wasco County, a certified copy 
to the County Court of Jefferson County, and a certified copy to 
the Public Roads Administration. 


The Commission discussed a requ:st from sevoral farmers residing 
along the Middle Fork of the John Day River, in Grant County, for permission 
to purchase rock from the state's contractor in this vicinity, Mr. F. R. Hew- 
ett, who is producing maintenanct materials for the Nyc Junction-Long Creek 
Section of the Pendleton-John Day Highway. The Engineer advised that these 
farmers need about 1000 cubic yards of crushed rock for use on 2 semi-public 
road so as to give them access to the Pendleton-John Day Highway; also, that, 
in his estimation, the furnishing of this rock to the farmers will not inter- 
fere with ur. Hewett's contract with the state. He recommended aporoval of 
the request. The Commission approved the recommendation unanimously. 


The Secretary presented a resolution from the Hood River County 
Court requesting the designation as a state secondary highway of the county 
road which extends west2rly from the Mount Hood Highway a distance of about 
one mile to the town of Odell. The Commission approved the request, it be- 
ing in conformance with previous understanding with the County Court. The 
following resolution in regard thereto was adopted by the Conmission by unan- 
imous vote: 


WHEREAS, under the provisions of Chapter 248, Laws of 

1931; Chapter 196, Lews of 1935; and Chapter 529, Laws of 1939; the 
State Highway Commission, by mutual azreement with the respective 
county courts of the several counties of the state, is authorized 
and empowered to select, locate, and designate a system of secondary 
state highways, which hishways shall be selected from the market 
roads or other county roads, or available locations or routes of the 
several counties; and 
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the Columbia River Highway at a point about 1$ miles west of the town of Hood 
River in connection with the construction of a new county road approach to 
this highway. It was explained that the county proposes to do this work as a 
county W.P.A. project but cannot secure approval of the same by the W.P.A. of- 
ficials until authority to do the work on the state highway has been obtained 
from the State Highway Commission, in writing. The Engineer recommended ap- 
proval of the request. The Commission approved the recommendation and in- 
structed the Secretary to send an appropriate letter to the County Court. 


> eS 


The Commission also had under discussion a letter from the Citv of 
Hood River requesting permission to do certain construction work on 9th Street 
route of the Hood River Secondary Highway, in Hood River, between Eugene 
Street and Oak Street, consisting of the replacement of old curbs and gutters 
with new facilities of like nature. It was explained that the city proposes 
to do this work as a W.P.A. project and that ap»roval by the W.P.A. is con- 
tingent upon the city securing from the State Highway Commission authority to 
work on the state highway. The Engineer recomended that the request be 
granted, The Commission apsroved the recomuendation and instructed the See- 
retary to send an approrpiate letter to tue City Council. 
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Consideration was given by the Commission to the designation of the 
Warm Springs Secondary Highway as a federal aid highway. After considerable 
discussion the Commission decided to recommend such designation to the feder- 
al authorities in order to secure the benefits of federal aid funds which are 
needed in order to expedite the construction of this road to proper standards. 
The Commission also decided to change the classification of this road from a 4 
state secondary highway to a state primary highway. The following resolution ‘i 
with respect thereto was adopted by the Commission by unanimous vote: 


WHEREAS, that certain highway known and designated as the 
Warm Springs Highway, which extends from a junction with the Wapi- 
nitia Highway near Bear Springs, thence in a southeasterly direction 
to 4 connection with The Dalles-California Highway near Madras, has 
heretofore been designated as a secondary highway and is therefore 
now @ part of th: secondary highway system; and 


WHEREAS, it is the judgment and opinion of the Highway Com- 
mission that said highway is of sufficient public importance and 
carries a sufficient volume of traffic to warrant its designation 
as & primary state highway. 


NOW, THEREFORE, BE If AND IT HEREBY IS RESOLVED by the Com- 
mission, all members being present and voting affirmatively, as fol- 
lows: 


1. That the highway extending from a junction with the 
Wapinitia Highway near Bear Springs, thence in a southeasterly di- 
rection to a connection with The Dalles-alifornia Highway near 
Madras, be and the same hereby is adopted as a primary state high— 
Way, anc hereby is declared to be such. 
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WHEREAS, said highway carries a large volume of traffic, 
and between its termini is intersected by several local roads serv- 
ing the various conmunities through which said secondary highway 
passes; and 


WHEREAS, in the judgment of the Commission said Hood Riv- 
er Highway should be designated as a main-travelled or through 
highway. 


NOW, THEREFORE, BE IT aND IT HEREBY IS RESOLVED by the 
Commission, all members being present and voting affirmatively, as 
follows: 


1. That the Hood River Secondary Highway from its junc- 
tion with the Columbia River Highway at or near Hood River through- 
out its entire distance to its junction with the Mt. Hood Highway 
at or near Parkdale be and the same hereby is designated as and de- 
clared to be a main-traveled or through highway. 


2. That the Highway Engineer be and he hereby is in- 
structed to place or cause to be placed along said highway at all 
points where roads intersect or enter the said Hood River Second- 
ary Highway signs or markers notifying drivers of vehicles to stop 
before entering or crossing said highway. 


3. The Engineer is further instructed to place such 
signs or markers as nearly as practicable at the place where said 
cross or intersecting roads meet a prolongation of the nearest 
property line of such through highway, and the place where such 
signs are installed shall designate to the drivers of motor 
vehicles entering said through highway from any of said cross or 
intersecting roads the place where the stop shal] be made. 


4. This resolution shall be entered in the minutes and 
records of the Commission as of the nineteenth day of July, 1940, 
and a duly certificd copy thereof delivered to the Public Roads Ad- 
ministration and a copy to the County Court of Hood River County, 
Oregon. 


The Engineer reported the award of the following contracts since 
the last meeting, authority previously having been granted him by the Commis- 
sion to make such awards when certain conditions had been satisfied: 


Construction of maintenance patrol station at 3lue Mountain 
on the I.0.N. Highway, in Malheur County. Bids taken June 14, 
contract awarded July 1, 1940, to Fife & Company, the low bidders. 


Grading and paving of the Warrenton Section (Massachusetts 
Avenue-darket Street) of Fort Stevens County Read, in Clatsop 
County. Bids taken June 13, contract awarded July 12, 1940, to 
Jacobsen-Jensen Company, the low bidders. 


WHEHEAS, the State Highway Commission, by mutual agree- 
ment with the Hood River County Court of the State of Oregon, has 
selected the road or highway hereinafter named, and it is the pur- 
pose of the Commission to officially and regularly designate and 
adovt said highway as a highwey to constitute, together with other 
highways heretofore adopted and/or which may hereafter from time to 
time be added, the system of secondary state highways under the pro- 
visions of said acts; 
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NOW, THEREFOR, BE IT AND IT HERESY IS RESOLVED by the 8 
State Highway Commission, all members being present and affirmative- 3 
ly voting and participating, as follows: 


1. That the following described market road, county road, p 
highway, route, or location of a highway in Hood River County be : 
and the said market road, county road, highway, location, or route, 

hereby is selected, designated, established, adopted and approved 

as a secondary state highway and shall be and hereby is designated 

as a part of the secondary state highway system, to wit: 


Odell Secondary Highway No. 282: 


Beginning at a point on the iit. Hood Highway at the 
junction of the iit. Hood Highway with County Market Road 
No. 1; thence west to a point approximately one-quarter { 
mile east of Odell, a distance of approximately 0.90 mile. : 


2. That the said highway shall be and hereby is qualified 
for inprovement under the provisions of said Chapter 248, Oregon 
Laws 1931; Chapter 196, Oregon Laws of 1935; and Chapter 529, Oregon 
Laws of 1939; and amendments thereof. 


The Counission also considered a resolution from the County Court of 
Lane County requesting tho designation, as a state secondary highway, of a con- 
nection between the Pacific Higaway at 6th Street, in Eugene, and the so-called 
Route F Highway at llth Strest. Due to the lateness of the hour and the neces- 
sity to give this matter very careful consideration the Comnission ‘decided to 
defer action on the resolution until the next meeting. 


The Engineer brought up for discussion the matter of designating the 
Hood River Secondary State Highway as a through highway. He said that this 
highway carries a large volume of traffic and, in his estination, traffic from 
side roads should be required to stop before entering the same. He recommend- 
ed appropriate action by the Commission to that end. The following resolution 
with regard thereto was adopted by the Commission by unanimous vote: 


WHEREAS, the Hood River Highway extending from its junction 
with the Columbia River Highway at or near Hood River thence in a 
southwesterly and southeasterly direction to a junction with the Mt. 
Hood Highway at or near Parkdale is a secondary highway and therefore 
a part of the state system of secondary highways; and 


9672 


The matter of increasing the salary of the Radio Technician, Wm. R. 
Patton, and two of nis assistants, Harold C. Anderson and Wm. Grenfell, had 
the attention of the Commission. The Engineer advised that these employees 
have passed the federal civil service examination for Radio Inspector, which 
commands a salary of $2,600.00 per year, and are open for appointment in the 
federal service at any tine. He pointed out that Mr. Patton's present salary 
is $2,220.00 per year and that of each of his assistants is $1,800.00 per 
year. He recommended an increase for ur. Patton and Hr. Grenfell because 
they are particularly well trained for the work that they are doing, hold 
first class radio ooerators' licenses, and would be hard to replace. It 
would be possible, he added, to replace dr. Anderson with an officeman who is 
not highly specialized in radio work, so he is not recommending an increase 
for him. The Commission by unanimous vote approved increases for liessrs. Pat- 
ton and Grenfell but left it with ti.e Engineer to fix the amounts thereof. 


The Engineer read aloud a letter directed to .ir. A. G. Teepe, Port- 
land, replying to his inquiry of June 25, 1940, whether or not the operation 
of heavy logging trucks on the Oregon Coast Highway comes within the scope of 
the state law and whether or not the State dighway Commission has authority 
and power to regulate the weight of such equipment so as to provide for safety 
on the highway and against impairment of tne roads. The Commission approved 
the Engineer's reply. 


The Engineer reported that the management of Linfield College, tic- 
Winnville, in order to bring attention to Linfield campus, has installed con- 
crete letters on the cut slope of the Pacific Highway West in front of Lin- 
field College without having first obtained permission from the State Highway 
Commission so to do. He pointed out that the letters that were installed are 
purely of an advertising nature and are therefore illegal. He requested in- 
structions as to how to handle the matter. He was instructed by the Commis- 
sion to bring to the attention of the college authorities the law pertaining 
to the erection and maintenance of advertising signs on state highway rights 
of way and to inform such authorities that the Commission does not have the 
legal right to grant a permit for the maintenance of 4 sign or emblem of this 
character upon the highway right of way and in view thereof the occupancy of 
the highway by the sign referred to is by sufferance only and entirely at the 
risk of the college and that the Highway Commission does not approve the same, 
and will appreciate opportunity to discuss any matters of similar nature that 
may arise in the future before anv work on the state's property is commenced. 


The Commission considered and aporoved the request of Wheeler County 
Court that the Highway Commission take bids at its next meeting on behalf of 
the county for the reconstruction of a county road bridge at Spray. 


The Secretary presented a letter from ir. John Helfrich, Brothers, 
Oregon, stating that the Directors of the School District at that place 
contemplate presenting to the Highway Commission an offer to purchase a 
sufficient area of ground in the Oasis State Park at Brothers on which to 
maintain a school building. air. Melfrich protested the use of the state's 
property for such purpose and urged the Commission to deny the request when 
received. The Commission concurred in his viewpoint of the matter and 


Grading and surfacing of the Bandon Section of the Oregon Coast 
Highway, in Coos County. Bids taken June 14, contract awarded July 
12, 1940, to Coos Bay Dredging Company, the low bidders. F 


The Commission confirmed these awards as reported. 5 
The Engineer requested authority to purchase the following cquipment: 


20 four-wheel-drive trucks of the Marmon-Harrington type, 
20 old trucks to be traded in on purchase price. Estimated i 
cash outlay $64,000. fi 


1 Snogo for use on the Willamette Highway, estimated cost $16,000. E 


30 modern push-type snow plows for installation on Ford trucks, 
estimated total cost $10,500. 


1 set Lowell steel socket bridge wrenches for use of bridge crew, 
estimated cost $200. 


The Commission approved the request by unanimous vote: 


The Engineer requested authority to advertise for sale certain ob~ 
solete, worn-out equipment and an accumulation of junk, such as old tires, 
scrap iron, and other materials, stored at the several highway shops. The 
Commission approved the request. ( 


The Engineer brought up for discussion the matter of allowing a 

10 per cent weight tolerance for loads transported over state highways. He 
said that frequently applications are filed for movements that weigh in ex- 
cess of the statutory weight limits and it was his thought, in view of the 
fact that the 1939 Legislature allowed log haulers a 10 per cent weight tol- 
erance in the transportation of logs, that it would be no more than fair that 
haulers of other commodities should be given similar consideration. He rec- 
ommended a weight tolerance of 10 per cent for the movement of such commodi- 
ties in special instances only, but not as a general rule. The Commission 
approved the recommendation. 


The Secretary pointed out a peculiarity in the law with respect to 
the length of loads that may be transported over tne public roads in Oregon, 
particularly the law which authorizes movements up to 50 feet overall in 
length where the hauling equipment consists of truck and full trailer, but 
limits the overall length to 35 feet where the hauling equipment consists of 
a truck and semi-trailer. He pointed out that, according to this law, a load 
of lumber involving an overall length of 50 feet may be transported without 
special permit from the Commission, but if small articles such as shingles, 
cement, hay or similar commodities, are made a part of the load, then the 
classification immediately changes and the 35-foot overall length obtains. He 
inquired whether or not the Comaission desires to make any special concession 
in cases of this kind. It was the Commission's decision that the law, “as 
written, must govern and that requests for special permits in cases of this 
kind should be denied. 
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event they are privately owned. He further advised that, according to his 
understanding, the members travel either on foot or on bicycles and that the 
routes are laid out, in so far as possible, so as to avoid main highways, and 
that the people in charge are asking the Highway Department to prepare and 
erect signs indicating these routes, a sign to be erected at each point where 
there would be any possibility of the members taking the wrong road. He 
pointed out that it is contrary to a long-established policy of the Commis- 
sion to permit signs of this kind on official highway department signposts 
and suggested that a more satisfactory way to handle the matter would be to 
use the Highway Department's main-traveled road map in conjunction with a 
few signs placed at strategic points, particularly at turnouts to the hostels. 
After considerable discussion the Commission approved the Engineer's sugges- 
tion unanimously and instructed him to convey this information to the persons 
in charge of the Youth Hostels movement and to inform them that the state 
would furnish the maps and erect signs in accordance with this decision. 


The Engineer reported a request from the Honorable Earl Snell, Sec- 
retary of State, that the State Highway Commission assume the sponsorship and 
responsibility of securing certain factual information concerning automobile 
travel in this state for use by the National Association of Motor Vehicle Op- 
evators, of which association Hr. Snell is vice president. He cstimated that 
it would cost about $500.00 to secure the information desired by iir. Snell | 
and recommended denial of the request because the information will be of no 
particular value to the State Highway Department inasmuch as a considerable 
portion of the information wanted has already been secured in connection with 
the State-wide Planning Survey. The Commission approved the recommendation; 
however, instructed the Engineer to give to ifr. Snell as much information as 
he wants of the material already assembled. 


Reconsideration was given by the Commission to the claim of Miles 
Homer Otis Estate which was presented to the Commission on the previous day 
by sir. Lee Lewis, Corvallis, administrator of the estate. Due to the lateness 
of the hour the Commission was unable to give this matter proper attention and 
accordingly deferred a decision until the next meeting. The Secretary was in- 
structed to so inform Mr. Lewis and to advise him that the Commission is in- 
Clined to deny the claim unless the Commission's Attorney, who was previously 
called away from the meeting, should make a favorable recommendation. 


Consideration was given by the Commission to the following requests 
for extensions of time within which to complete highway construction projects: 


George F. Anderson, Contract No. 2235, for the construction of 
a bridge over the Necanicum River at Black Bridge, on the Oregon 
Coast Highway, near Seaside, Clatsop County, requested an extension 
of time of 30 days, from July 31 to August 31, 1940, within which 
to complete this job. He alleged that failure to complete this job 
within the specified time limit was due to unusual high water in the 
Necanicum River during the spring months, The Engineer advised that 
the reason given by the contractor for failure to complete the job 
within the specified time limit is incorrect because the water in 
the Necanicum River was unusually low for that time of the year. 
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expressed its intention to refuse the School Board's offer, which refusal is 
in line with the Commission's established policy with respect to such matters. 


The Commission had under discussion a request from kr. Arthur L. 
Churchill, Portland, for permission to use the ocean beach at Manzanita as a 
landing place for an airplane on Saturday and Sunday, July 20 and 21, as may 
necessary during the search for the body of his son who was recently drowned 
in the surf at this beach. The Commission approved the request unanimously, 
subject to the condition that an officer from the State Police Department be 
present during the time that the beach is used for this purpose. 


The Engineer brought up for discussion the matter of granting the 
Northwest Development Company of Baker, Oregon, permission to do certain exca- 
vation work on the right of way of the Sumpter Valley Secondary State Highway 
in the vicinity of the town of Sumpter so as to permit the movement of its 
gold dredge from one side of the highway to the other. The Engineer recalled 
that this matter was discussed at a previous meeting and it was understood at 
that time that the company wanted to conduct dredging operations generally on 
this highway. However, further investigation reveals that that is not the 
case and that it simply wants to move the dredge from one side of the highway 
to the other, which necessitates the digging of a trench large enough to 
float the dredge. He questioned very much that the company would want to 
dredge the entire highway after considering that it would cost about $5,000.00 
to construct a suitable detour road for traffic. However, he recommended 
that the company be permitted to dredze the entire highway if it so desires 
and will pay the entire cost of constructing the detour road and the cost to ( 
maintain the same during the time that it is in use. The Commission approved 
the recommendation and ordered that the matter be covered by appropriate agree- 
ment between the Commission and the Northwest Development Company. 


The Commission considered the application of A. E. Stebinger, rep- 
resenting Stebco, Inc., Vancouver, Washington, for permission to transport 
logs over the Columbia River Highway within the city limits of the town of Mo- 
sier, particularly from a point near the east city limits of liosier to a point 
about 500 feet west of the city limits of Mosier. The matter was referred to 
the Engineer for investigation and report as to whether or not such operations 
would create an undue hazard to the general traveling public. 


A letter was presented from Lake County Chamber of Commerce inviting 
the State Highway Commission and its staff to be the guests of the Chamber at 
the annual meeting of the Order of the Antelope on Hart Mountain on July 20 
and 21, and suggesting that the Commission make its inspection of the Warner 
Valley Secondary Highway at the sane time. The Commission expressed reerets 
that it could not accept this invitation. 


The Engineer brought up fer discussion the request from the American 
Youth Hostels Association for the erection of markers along state highways in- 
dicating routes tc be used by the members of this organization. He gave as 
his understanding that certain loop trips are designated for the various 
groups and that hostels are established at approximately 15-mile intervals 
thereon, such hostels being private residences in most instances. In any 
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Contract No. 2247, with Morrison-Knudsen Company, 
Inc., for surfacing and oiling and also furnishing 
crushed gravel in stock piles on the Black Bridge- 
Richland Section of the Baker-Homestead Highway, in Baker 
County. Completed June 28, 1940. 


Contract No, 2262, with J. F. Johnston, for construc- 
tion of a bridge over the East Fork of the Illinois River, 
on the Illinois Valley County Road, in Josephone County. 
Completed July 11, 1940. 


Contract No. 2265, with E. L. Rigdon, for grading 
and surfacing and oiling the Lapine—Yest Forest Boundary 
Section of the Fremont ilighway, in Deschutes and Klamath 
Counties. Completed July 6, 1940. 


Contract Wo. 2274, with Eugene Sand & Gravel Company, 
for furnishing crushed rock or gravel in stock piles on 
the Cushman-Swisshome Section of the Siuslaw Highway, in 
Lane County. Completed May 25, 1940. 


THEREFORE, BE IT RESOLVED that the work covered by said 
state highway contracts for the construction of said state highway 
projects be declared completed according to the terms of the re- 
spective contracts, and said jobs are hereby accepted and final 
payment in connection with each is hereby authorized. 


The Commission discussed the date for its next regular meeting for 
the receiving of bids for highwey construction projects and decided to hold 
such meeting on Thursday and Friday, August 22 and 23, 1940, in Portland. The 
Secretary was instructed to make the usual arrangements to hold this meeting 
in the auditorium of the Public Service Building. 


The Commission considered and signed agreements, et cetera, as fol- 
lows: 


Agreement with Lane County covering the construction of a sec- 
tion of Route "F" Highway between Veneta and Eugene, across the 
Fern Ridge Dam site. 


Agreement with Fisher Bros., contractors, disposing of their 
claim for extra compensation arising out of their contract for sur- 
facing the Odell Lake-Walker Mountain Section of the Willamette 
Highway, in Klamath County. 


Agreement with £. Powell providing for rental of an RD-§ cater- 


pillar tractor and a 12-yard carryall for use on the John Day Sec- 
tion of the John Day Highway. 
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However, he recommended the granting of the request subject to the 4 
condition that the contractor be charged with all of th. engineer~ 

ing expense incurred by the state subsequent to the specified date 

of canpletion, which is July 31, 1940. A letter was presented fron 
the Public Roads Administration concurring therein. The Commission 
approved the recommendation unanimously. 


F. R. Hewett, Contract No. 2222, for the furnishing of crushed 
rock in stock piles for the Nye Junction-Long Creek Section of the 
Pendleton-John Day Highway, in Grant and Umatilla Counties, request- 
ed an extension of time of 7 days, from June 30 to July 7, 1940, 
within which to complete this project. He attributed his failure 
to complete the project within the specificd time limit to prolonged 
wet weather, which delayed the beginning of his operations 
until April 16. He also alleged that his work was retarded consid- 
erably by rainy weather subsequent to that time and by difficulties 
encountered in operating the quarry. The Engineer advised that the 
principal reason for the contractor's failure to camplete the proj- 
ect within the specified timc limit was the fact that the road over 
which it was necessary for him to transport his equipment was post- 
ed for reduced loads and even if it had been possible for him to de- 
liver the equipment at the quarry site he could not have proceeded 
with the rock crushing work because the reduced load limit on the 
highway would have prohibited the hauling of the crushed materials 
to the stock piles. He further stated that the contractor lost 30 
days' time due to this feature; also, that the delay has not in- fl 
creased the cost of the work to the state nor inconvenienced the 
traveling public. He recommended, in view of the circumstances, 
that the extension requested be granted without penalty. The Com- 
mission approved the recommendation unanimously. 


The Engineer reported that Contracts Nos. 2210, 2222, 2247, 2262, 
2265, and 2274, for the construction of state highway projects, have been com- 
pleted according to the requirements of the contracts or modifications thereof 
and that said jobs are now ready for acceptance. The following resolution ac- 
cepting the above projects was offered and was adopted by the unanimous vote 
of the Commission: 


WHEREAS, the Engineer has reported that the following State Highway 
Commission contracts for th: construction of state highway projects have 
been completed according to the terms and provisions of the contracts and 
said jobs are now ready for acceptance: 


Contract No. 2210, with Roy L. Houck, for grading the South 
Unit, Siskiyou-Bear Canyon Section of th: Pacific Highway, in 
Jackson County. Completed July 7, 1940. F 


Contract No. 2222, with F. R. Hewett, for furnishing crushed 
: in stock piles for the Nye Junetion-Long Creek Section of 
the Pendleton-John Day Highway, in Grant and Unatilla Counties. 
Completed July 6, 1940. 


Quitelainm deed conveying unto Douglas County 1,842 sq.ft. of 
land situate in the W.5 of Sec. 18, T. 27S., R. 5 ¥., W.M., Doug 
las County, near th north city limits of Roseburg. Right of Way 
File R8219. 


“Offer to Convey Ensoment" whereby the Commission declares its 
Willingness to grant to the Bonneville Power Administration authori- 
ty to maintain a power pole line across certain state-owned proper- 
ty in Hood River County, said property being know as the Lawler 
property. Right of Way File R6465-A. 


There being no further business to come before the Commission at 
this tine, the meeting was adjourned at 6:00 p. nm. 


Chaitaan 
2Prc3e cy re am Wn WW, wy: hovel 


“State Highway Engineer Commissioner 
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Agreement with the Union Pacific Company covering the installa- 
tion of automatic grade-crossing signals at Adams and Pendleton. 


Agreement with Wheeler County providing for county maintenance 
of the Kinzua County Road from its junction with the John Day High- 
way to 4 point 3.182 miles casterly thereof, after construction of 
the same by the state as a federal aid secondary highway project, 
being Project FAS- 69-A(1). 


Agreement with Lane County providing for county maintenance of 
the Route "F" Highway between Fisher Road and the Territorial Sec- 
ondary Highway after construction of the same by the state as a fed- 
eral aid secondary highway project, being Project FAS 234-D(1). 


Agreement with John ki. Zeller and wife disposing of issues in 
a controversy involving right of way for the Oregon Coast Highway 
in Tillamook, Right of Way File 4809. 


Easement agreement with George W. Joseph, Jr., and wife, pro- 
viding for the construction of a water-pipe line across the Joseph 
property near Talbot State Park, in idultnomah County. 


Easement agreoment with Evans Products Company providing for 
detour road over the company's property adjacent to the Oregon 
Coast Highway in Block 8, Railroad Addition to Marshfield. Right 
of Way File. 8172. 


Easement agreement with George Hagelstein and wife providing 
for 2 detour road across the Hagelstein property adjacent to The 
Dalles-California Highway in Sec. 18, T. 37 S., R. 9 E., W.M., Klam- 
ath County. 


Permit authorizing Bonneville Power Administration to construct 
certain improvements on the Pacific Highway near Eugene in connec- 
tion with substation developme;::.. 


Quitclaim deed conveying unto Vera Bahrke 1,125 sq. ft. of 
land, being a portion of 8th Street, in Albany, which has been va- 
cated by the city on account of highway construction. Right of 
Way File 5509. 


Bargain and Sale Deed conveying unto Clatsop County 6.09 acres 
of land, being a portion of Tongue Point State Park at Astoria, 
which property Clatsop County proposes to convey to the Federal Gov- 
ernment for usein connection with Tongue Point Naval Base. * Right of 
Way File R8189. 


Quitclaim deed conveying unto Floyd Wood 23.4 acres of land 
situate adjacent to the Warm Springs Highway in the NEZ of Sec. 9, 
T. 10S., R. 13 E., W.M., Jefferson Comty. Sal» price $50.00. 
Right of Yay File 3079. 
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Pacific Highway. Delegation confers relative to improvement 
between Roseburg and Grants Pass. 

National park along Oregon coast line. Conference with repre- 
sentatives of National Parks Service relative to establish- 
ment of park in Curry County. 

Survey. Reconnaissance survey of highway through proposed na- 
tional park area in Curry County authorized. 

Powers Secondary Highway. Delegation confers relative to im- 


provement. 

Park matter. Delegation urges authorization of funds to in- 
prove small park at south city limits of Waldport. 

Gravel on Lincoln County beaches. Delegation confers relative 
to removal of sand and gravel from beach. Wo decision. 

Traffic light. Otis. Installation at intersection of Salmon 
River and Oregon Coast Highways requested. Decision deferred. 

Drift logs. Prohibiting burning of logs on Lincoln County 
beaches requested. 

Park matter. Commission urged to purchase, as park site, land 
between Oregon Coast Highway and Ocean at outlet of Devils Lake. 

Netarts County Road. Tillamook County Court requests desigua- 
tion as state secondary highway. County to make application. 

Klamath Falls-Alturas Road. Status of California section con- 
sidered. 

Saxton, Looney & Risley. Warm Springs Agency-Vanora Section. 
Surety deposits check covering claim for failure to execute 
contract agreement and bond. 

Homer G. Johnson. Germantown Road-Barnes Road Project. Con- 
sidered in default for failure to execute contract forms. 

Hood River Secondary Highway. Permanent route between Dee and 
Parkdale, designated as ABOD route, adopted. 

Bend Undercrossing. Landscaping to be done by state forces. 

Oregon Coast Highway. Ocean Lake District. Report on cost to 
improve Main Street Section. 

Wolf Creek Highway. Elimination of two sharp curves south of 
Cannon Beach Junction requested by L. H. Weathers. 

Survey. Location survey to determine cost to revise Wolf Creek 
Highway south of Cannon Beach Junction authorized. 

Nehalem. Oiling of unpaved strips adjacent to pavement on pres- 
ent highway approved. 

Sumpter Valley Secondary Highway. Extension of highway from 
Sumpter to Granite requested. Decision deferred. 

Snow removal. Sumpter Valley Secondary Highway. Removal auth- 
orized on secondary state highway portion and on county road 

jon if Baker and Grant Counties pay expense. 

Sprague River Road. Request that road be placed on state second- 
ary highway system denied. 

Solvency quotients. Comparison to be made of report on Sprague 
River Road and Klamath Lake Secondary Highway No. 421. 


a 


2. 


Date 
1940 
9700 Aug. 22 


9701 


9702 


9703 


9704 


9706 


Subject 


Butler Market Road. Placing of road on state highway system J) 
and removal therefrom of section of Powell Butte Secondary 
Highway requested. ' 


Powell Butte Secondary Highway. Removal of section from state 
highway system and substitution therefor of Butler Market 
Road requested. 

Cline Fells Secondary Highway. Oiling north of Tumalo requested. 

Tumalo-Deschutes Secondary Highway. Oiling from Tumalo to con- 
nection with The Dalles-California Highway requested. 

Warm Springs Secondary Highway. Additional construction be- 
tween Warm Springs Agency end Wapinitia ilighway junction re- 
quested, 

Grant County. Citizens extend invitation to entertain Commis- 
sion on proposed Eastern Oregon trip. 

Blue Mountain Springs-Prairie City County Road. Placing on sec- 
ondary highway system and improvement thereof reauested. 

Projects. Construction projects for next letting approved. 

Fences. Erection of electrically~charged fences to be permitted. 
Property owers to be responsible, 

World's Fair Commission. Commission's share of pay roll expense 
to be handled similar to sslaries in State Purchasing Dept. 
Other expense to be handled by revolving fund voucher. 

Flashing beacon. Drain. Instellation approved. 

Lights. Corvallis. Installation of sodium vapor lights on 
Yillanette River Bridge and Mary's River Bridge approved. 

General Construction Company. State to reimburse company for 
premium on bond and liability policy furnished Union Pacific 
Company and \iestern Union Company in connection with Troutdale- 
Dodson Section, Contract No. 2320. 

Historical markers. Old Oregon Trail. Installation of 25 mark- 
ers at estimated cost of $2,600 approved. 

Equipment. Engineer authorized to purchase following: 

12 trucks of Mack and Feder:1 type; 

13 snow plows for use on Walters trucks; 
20 modern push-type plows; 

6 air compressors; 

1 laboratory crusher. 

Camera. Purchase of new camera for Travel and Information De- 
partment approved. Mr. Gifford to be reimbursed for use of 
his camera during past two years. 

Oversized equipment. Request of 0. K. Transfer Company to trans- 
port overheight paving machine from Klamath Falls to Nyssa 
denied. 

Permit. Request of Pierce Auto Freight Lines for blanket permit 
to operate overheight equipment between Portland and California 
granted. Overall height limited to 12 feet. 

Awards. Commission announces awards of contracts. 

Powers Secondery Highway. Delegation renews request for oiling. 

Oregon Coast Highway. Newport-Otter Rock Section. Delegation 
urges early reconstruction. 
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Subject 


Midland Secondary Highway. Oiling requested. Future consid- 
eration, 


Coos Bay-Roseburg Hi . Regtest for widening of county road 
approach north of rele Foint denied. . d 


Tilson River Highway. Reconstruction to eliminate bad curve 
at Randalis deferred. 

Silver Creek Falls Secondary Highway. Request for improvement 
between Salem and Four Corners denied. 

Albany. City streets heretofore used as state highway routes 
and streets damaged by building of new route to be repaired. 

Sidewalk. Rogue River Bridge at Gold Hill. Construction of 
timber walk on one side of bridge approved. 

Footpath. Construction clong Central Oregon Highway between 
Burns and Hines Mill disapproved. 

Construction of walk along Oregon Coast Highway at Seal Rocks 
denied. 
Construction between Gearhart and Seaside approved. 

American Association of State Highway Officials. ‘Members of 
Commission and seventeen employees of department to attend 
meeting in Seattle at state expense. 

N. M. Finkbiner. Authorized to attend meeting of Committee 
on Materials of American Association of State Highway Of- 
ficials in Seattle on September 13 and 14, 1940. 

Right of way budget. Attorneyts report on status of budget. 

Real property. Resolution authorizing acquisition. 

Bids, Chairman's announcement of time bids must be received. 

Bids received on following projects: 

Bunker Hill Section, excavation for drainage ditch; 
Brookings Section, grading and macadam surfacing; 

Gold Hill Rock Production Project; 

Little Butte Creek-Cascade Gorge Section, crushed rock; 
Reconstruct Henley Flume and widen U.S.R.S. canal bridge; 
Bridge at Albany; 

Eightmile-Dry Creek Section, grading, surfacing, oiling; 
Forest Boundary--Warm Springs River Section, grading; 
Reconstruct John Day River Bridge, near Spray. 

Footpath. urns to Hines Mill. No action taken on suggestion 
of Judge Higgs that tomms of Burns snd Hines Mill pay por- 
tion of expense. 

Frenchglen Secondary Highway. Wright's Point-Narrows Section. 
Plans for calling for bids discussed with Judge Higgs. 
Hanley Lane Section. Request for resurfacing denied. To be 
kept in condition to maintain travel during winter months. 

Diamond Valley Secondary Highway. Improvement south of Crane 
requested. 

Sign. Commission disapproves wording suggested for privately- 
owed directional sign to be erected near Cairo directing 
traffic over Central Oregon Highway. 

Deschutes County. Delegation requests state aid in improvement 
of county road extending westerly from Terrebonne, passing 
plant of Oromite Company 
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Claim. Damage claim arising out of death of Miles Homer Otis 
on Corvellis-Newport Highway denied. 

Condemnation. ecommended offers. Resolutiors adopted as follows: 
Quarry site for Brookings project; 

Hauling road for Sage Hen 2ill-Burns project; 

Hauling rosd for Brookings project; 

Quarry site for Brookings project; 

Right of way for Troy Ranch Section; 

Land for channel change along Troy Rench Section; 

Park site in Curry County; 

Right of way for Jefferson County Line~Prinevilie project. 

Rental of butlding. Request of employee of contractor Roy L. 
Houck to rent milding at summit of Siskiyou Mountains denied. 

Building. Disposal of byildings at sumit of Siskiyou Mountains 
discussed. 

Lights. Policy requiring cities to pay cost of operating lights 
at crossing of highways and railroad tracks not to be changed. 
Roseturg. City refuses to pay cost of operating lights at 
crossing of Pacific Highway ind southern Pacific tracks. Claim 
to agein % presented to City Attorney. 

Lookout. Construction of lookout on Sun Mountain adjacent to 
The Dalles-California Nighvay requested. 

Pendleton—Adans Highay. Old route te be offered to Umatilla 
County for maintenance us county road, 

‘lsonville. Ustablichment of menorial garden discussed. 

Title reports. Hates charged by lertman Abstract Company for 
furnishing real property titic reports discussed. 

Front Avenue Project. Request that ick, lunber, etc., salvazed 
from buildings be given to Portland School District. 

Lincoln County. Acquisition of property between Oregon Coast 
Highway and ocean at Agate Beach discussed. 

Kings Valley Secondary Highay. Portion in Benton County. Aban- 
donment. resolution. 

Alsea ighway. Portion in Lincoln County. Abandonment resolu- 
tion. 

Park matter. Clean-up vork in park south of Oregon Coast lligh- 
way nexr Astoria authorized. Request made by Oregon Historical 
Society. 

American Legion Park. Name suzgested for timber strip adjacent 
to Fremont Highway south of Lekeview. Parks Superintendent to 
investigate and report. 

Roadway. Construction of roadia} from Willemette Highway to 
Crescent Leke aud designation as secondary high ay discussed. 

Snow removal. Keeping road open from illamette Highway to 
Crescent Lake discussed. 

Fences. Reauest of Hdorscfly Cattle Associntion for state coopera- 
tion in construction of fences along Klamath Falls-Lekeviev 
Highway east of Bly cenied, 


Nerritorial Secondary Highway. Request for oiling between Elmira 


and Sisulaw flighway junction denied. 
Oiling requested between Cent, al Turn and Lorane. 
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Page Date Subject 
1940 
9706 Aug. 22 Corvallis-Nevport Highway. Delegation requests elimination of 
bad dip near city limits of Nevport. 

Territorial Secondary Highway. Gillespie Corner—Douglas County 
Line Section. Delegation requests oiling. 

Alsea Highway. Delegation requests completion of unoiled lower 
end of highvay. Chairman explains plens for improvement, 

Building. T. RK. Maxwell to uake monthly payments of 4100 for 
building at Fnterprise until total amount is paid, 

Nyssa. Moving of houses from property acquired by Amalgamated 
Sugar Company in connection with undercrossing project discussel. 

Bonneville Power Administration. Agreement signed covering 
right of Administration to construct pole lines over and 
across certain state highways. 

Lake. Pumping of veter by individuals from borrot: pit lake 
near 5. P. Overcrossing et Eugene discussed. 

State Parks Superintendent. Authority ‘vith respect to activi- 
ties ~hich re partially federal in development of state 
parks discussed. Action deferred. 

Rental of imwilding. Request of employee of General Construc- 
tion Company to rent dwelling on Jordan property, Upper Col- 
uabia River Highway denied, 

Property, state-ormed. Oregon City. Offer of Mr. Coleman to 
purcanse property at connection of old and new Pacific High- 
ways near Abernethy Creck Bridge. Decision deferred. 

Portland. Front Avenue Project. Representative of railway 
companies voices objection to newspaper item relative to en- 
deavors of companies to block project. Service to industries 
if project materializes discussed, 

Property, state-ommed. Grants Pass. Action deferred on of- 
fer of Newell Wright to purchase property for access to high- 
way. 

Alvany. Thos. Gilchrist requests acquisition of property 
formerly deeded to state near intersection of Pacifie and 
Santiam Highways. Investigation ordered. 

Claim. Agreement disposing of Bruno Huslik's cleim for damages 
arising out of construction of Bend undercrossing approved, 

Property, stuie-ormed. Albany. Application of Dr, Sternberg 
to purchase property at wye connection of old and new Pacific 
Highveys denied. 

Freight service. Organizations along Oregon Coust Highway op- 
pose granting permit to Consolidated Freightways, Inc., to oper- 
ate fast freight service betveen Marshfield and Celifornia line. 

Wall. Agreement with Peninsula Drainage District "Jo. 1 covering 
coustruction of flood well on Swift Secondary Highway, in 
North Portland, signed. F 

Drainage. Investigation to be made of drainage facilities on 
J. G. Harem's approach road to Pacific Highway, north of 
Roseburg. 

Safeway Stores, Inc, Permission granted to operate oversized 
equipment bet-reen Onterio and Idaho state line. 


Pesce Date 
1940 
9730 Aug. 22 


9731 


9733 


9734 


9735 


9736 


9737 


9738 


Subject 


Signracks. Hillsboro. Rotary Club inquires regarding erection 
of signracks outside city limits. 

Signs. Adoption of policy regarding maintenance of city en- 
trence signs, lodge signs, et cetera, on rights of way of 
stete highweys at city entrances discussed. 

Redwood Empire Association. Commission invited to attend 20th 
annual convention in Ukiah, Celifornia. Herold B. Say auth- 
orized to represent Commission. 

Parks or state forests. Orange Belt Mineralogical Society sug- 
gests establishment of state parks or forcsts in southeastern 
Oregon. 

Tolls. State Grange endorses efforts for removal of tolls 
across Columbia River. 

Surveys. List of surveys ordered since last meeting. 

Extensions of time, as follows: 

D. L. Ashton, North Roseburg roadside improvement ; 

J. W. & J. R. Hillstrom, bridge over Coalbank Slough; 
Norris Bros., Butte Falls Section; 

Chester T. Lackey, Brothers-Harney County Line Section; 

F. R. Hewett, Mountain Rest-lit. Vernon Section; 

R. 0. Dail & Yarren Bros., Warm Springs Agency-Vanora Sec. ; 
3. C. Papin, Bend-Butler Ranch Section; 

Haigh Bros. & Hughes, drilling well on I.0.N. Highway. 

Contracts completed and accepted, as follows: 

Salt Creek Falls-Odell Lake Section, J. A. Lyons; 

North Roseburg roadside improvement, D. L. Ashton; 
Buchanan-Juntura Section, A. liilne; 

Butte Falls Section, Norris Bros.; 

Cottonwood Creek-Lakeview Section, Rogers Construction Com+ 
pany and J. C. Compton; 

Mountain Rest-Mt. Vernon Section, F. R. Hewett; 

Trout Creek-Toll Creek Section, E. C. Hall Company; 
Bend-Millicen Section, A. S. Wallace; 

THllamette River Bridge at Corvellis, Averill & Corbin; 
John Day-Prairie City Section, Triangle Construction Co.; 
Silver Leke-Chalk Cliff Section, Warren Horthwest, Inc.; 
Fir Creek-Lourel Road Section, M. L. O'Neil & Son; 
Austin Junction-Beker County Line Section, Fisher Bros.; 
Weston-HcDougal Camp Section, Norris Bros.; 
Lamonta-Crook County Line Section, Frank Penepacker; 
Brothers-Harney County Line Section, Norris Bros.; 

Well drilling on 1.0.N. Highway, Haigh Bros. & Hughes; 
South Milton Section, Warren Northwest, Inc. 

Date for next regular meeting set for October 10 and ll, 1940. 
Subsequent meetings scheduled for November 12 and 13, Decem- 
ber 17 and 18, 1940; and January 23 and 24, 1941. 
Inspection trip in Fastern Oregon tentatively scheduled for 
first week in October. 

Projects for 1941 construction on primary and secondary hwys. 
List of projects approved. 


Pa ce Dat, € 
194.0 
9724, Auge 2 


Subject 


Aurora~Portlznd Highway. Early completion urged. 

Knoll. Bunker Hill District. Recuest for removal of knoll ad- 
jacent to Oregon Coast Highway denied. 

Polk County hishways. Letter from C. A. Robertson expressing 
need for improvement. 

Umatilln County. County Court, & letter, requests several im- 
provements. 

Creter Lake Hishway. Improvement through Fort Klamath requerts4. 

Albany-Lyons Secondary Highway. Olling of unoiled section pe- 
tween Scio and Thomas Creek requested. 

Tualatin Valley Highiey. ‘lidenine for four lanes of traffic be- 
tyveen Portland and Forest Grove recuested. 

Load limit. lUesolution lifting reduced load limit on Alsea 
River Bridze and on small trestles on Alsea—Deadtood Second- 
ary ilig*way. 

Survey. Location survey on Pocific liighvay in Josephine County 
extended tc section betcen olf Creek and Glendale junction. 

Gold-dredging operations. Request of C. 1%. Henderson to con- 
duct gold-dredging operations adjacent to Pacific Highvey, 
near Bear Creek, in Jackson County, denied. 

Gravel. Adoption of volicy witn respect to removal of sand 
and srevel from ocean beach areas discussed. Inspection of 
beaches between Waldport and Roads End ordered. 

Blectrical Service. Secretary to sign application to Pacific 
Pover and Light Company for electrical service at maintenance 
headquarters: at Rufus. 

Klamath Falls-Nalin Highway. Application to Department of In- 
terior for permission to reconstruct highway across irrige- 
tion canals and ditches in Klamath County. Resolution sdopted. 

Award of contracts. Commission approves following avards: 
Tilsonville ferry service, Leonard é Slate; 

Dugeue-Fisher Road Section, Berke Bros.; 
Nyssa undercrossing, Henry L. Horn. 

Permits. Issuance of pernits to be concentrated in Salem of- 
fice rather than in offices of Division Engineers. 

Newspaper boxes. Application of Evgene Daily News to install 
boxes, in Line County, within highway rights of way. Action 
deferred, 

Log havling. Complaint filed on closeness with which logging 
trucks operete on Wolf Creek Highvay aud Oregon Coast Highway. 
State Police requested to observe movements. 

Columbia River Highway. Correspondence relative to securing 
special allotment of funds for construction of new route. 

Logging treffic. Public Utilities Commissioner requested to 
insert clause in vermit requiring trucks to stop before cross- 
ing reilroac tracks at grade. 

Snot! removal. Oregon Caves Highway. Operations not to be con- 
ducted. 

Signs. Reouest for erection of signs diverting treffic to Cen- 
tral Oregon Highvay denied. 
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Paze Date 
1940 
9751 Auge 23 


9752 


9753 


9754 Sept. 30 


Subject 


Wolf Creek Hijhvay. Banks-Buxton Section. Request for oiling 
to make road available for public use this winter denied. 

Oswego Highway, Landscaping of Oswego Section discussed. 

Hetarts County Road. Designation as state secondary highway 
approved if Tillamook County Court will make application. 

Oregon Roadside Council. Request that Commission intercede 
with Legislature to secure state funds to finance activities 
of Counc il denied. 

Trees and shrubs. Request of Multnomah County Roadmaster to re- 
move trees and shrubs adjacent to Pacific Highway “est, at 
intersection of 3. i. 13th Street and Capitol Hill, approved. 

Recreational area. Urs. Echols suggests state purchase promon- 
tory known as Iron Mountain near Agate Beach. lo action. 

Agreements, et cetera, signed as follows: 

Bonneville Power Administration, construction of power lines 
over and across certain state highvays; 

Clarence Cox, disposing of claim for damages to property in 
Linn County; 
Bruno Huslik and wife, disposing of claim for damages to 
property in Bend; 
Eorl C. Reynolds and wife, additional right of way for Klamath 
Falls-Mulin Section of Klamath Falls-'lalin Highway; 
City of Albany, culvert installations in Albany; 

A. S. Wallace, disposing of claim for extra compensation aris- 
ing out of Contract No. 2.71, Bend-iillican Rock Productions 
Amalgamated Sugar Company, disposing of claim for injury and 
losses sustained by construction of Nyssa Underpass ; 
Susan Durrell, lease to iirs. Durrell of state-ormed property 
in Benton County; 
Southern Pacific Company, terminating lease of gravel storage 
site at iibur; 

Charles B. Short and wife and Fred Williams and wife, payment 
of damages arising out of construction of Nyssa Undercrossing ; 
Loring Taylor, Administrator of estate of Albert Hensch, pay- 
ment of damages arising out of construction of Nyssa Underpass; 
Southern Pacific Company, construction of culvert pipe across 
company's right of way in vicinity of North Bend; 

Gertrude and Ray T. Cox, use of detour road across Cox prop- 
erty in Klamath County; 

Bargain and sale deed conveying unto “lalter R. Bracley property 
in Grant County; 
Peninsula Drainage District No. 1, construction of flood wall 
on right of way of Swift Secondary Highway, North Portland; 
Mountain Stetes Power Company, use of company's pole for traf- 
fic light installation in Jefferson; 

Henry Semon and wife, right of way required for Klamath Falls- 
Merrill Section of Klamath Fells-lialin Highway. 

Shaniko-Fossil Secondary Highway. Clarno-Fossil Section. Dele- 
gation at Clarno requests reconstruction. 

Gilliam and Morrow Counties. Conference at Condon relative to 
local road problems. 


ae 


9744 Aug. 23 


9745 


9746 


Subject 


Budget. Biennial budget for period January 1, 1941, to June 30, 
1943, adopted. To be submitted to Legislature. 

Fort Stevens County Road. Action deferred on placing road on 
state secondary highway system. 

Warm Springs Highway. Section from junction with ‘epinitia 
Highway to Madras to be placed on federal aid highway system. 
Letter to Public Roads Administration requesting designation. 

Poardman-Stanfield revision of Old Oregon Trail. Placing on fed- 
eral aid highway system approved. Letter to Public Roads 
Administretion requesting such designation. (See page 9852) 

Bids received on following construction projects and for sale 
of scrap materials and obsolete equipment. 

Keating Road-Ruckles Creek Section, grading and bridge; 
Troy Ranch Section, grading and surfacing; 

Sage Hen Hill-Harney Section, crushed rock; 

South Newport Section, grading, surfacing and oiling; 
Redrive pier fenders for Yaquina Bay Bridge; 
Reconstruction of King Creek Culvert; 

Widen bridge over Beaver Creek, at Beaver, 

Obsolete equipment and scrap materials stored at Salen, 
Klameth Falls, Coquille and La Grande Shops. 

Log hauling. Cannon Beach Road. G. R. Van Vleet offers use 
of his construction equipment for widening road if permis- 
sion granted him to transport logs thereover at any time 
of year. Investigation ordered, 

Cannon Beach Road. G. R. Van Vleet offers use of his construc- 
tion equipment to widen road to permit log hauling thereover. 

Eugene. Delegation confers relative to construction of connec- 


tion between Pacific Highway and Seventh Street. 
Roadway. Delegation confers relative to construction of road 


from Willamette Highway to Crescent Lake. 

Strategic highways. Selection of highways from military stand- 
point discussed. 

Baker County. County Judge Charles E. Baird requests several 
highway improvements, 

Awards. Commission announces awards of contracts and sale 
of scrap material and obsolete equipment. 

Maintenance buildings. List of buildings to be approved for 
construction. Commissioners to review plans. 

Picture. Request for state cooperation in cost of airview 
picture of South Sixth Street District in Klamath Falls ap- 
proved. State's share $200.00. 

Salem. Request for discontinuance of detour maintained around 
highway construction work in South Salem denied. 

Rock. U. S. Fish and Wild Life Service requests permission . 
to obtain rock from state property along “olumbia River High- 
way near Troutdale. 

Trees. Request of A. V. Sundholm to cut trees along Pacific 
Highvay East in front of his auto camp at Harts Pond denied, 
Training classes. Request of National Defense Training Workers 

to conduct training classes at La Grande Shops denied. 


Page Date 
1940 
9703 Oct. 9 


9793 


9794, 


976 


9796 


9797 


Subje 


Condenmation (cont.): 
Hauling road from state's quarry to Bugene-Mepleton Highwey; 
Storage of maintenance materials on Ironside-Brogan Section; 
Perk area in Lake County; 

Park area in Tillamook County; 

Recreational areas. Purchase of areas under lease and rental 
from Government discussed. Few tracts to be purchased each 
year. 

Timber strips. Salmon River Highway. Purchase of strips from 
ijiami Corporation, joining strips heretofore purchased, ap- 
proved. Joint cruise to be made. 

Property along Selmon River Highway. Exchange of property with 
Mervin Boyer denied. Attorney to negotiate for outright pur- 
chase of Boyer property. 

Timber strips, Use of foderal aid funds to purchase wayside 
strips discussed, particularly strips along Pendleton-John 
Day Highway. 

Property adjacent to Salmon River Highway. Miami Timber Corpora~ 
tion offers to sell locged-off land adjacent to highway. 

Portland. Front Avenue Project. Commission approves inclusion 
of provision in deed reserving unto Union Pacific Company 
all mineral rights and oil rights in sole of right of way. 

Park matters: 

Proposed park in Curry County:-Curry County Court requests 
thet Commission take no action on establishment of proposed 
park. 

CCC Camp applicetions, et cetera. uéthod of signing CCC Camp 
applications, contractual instruments, et cetera, adopted. 

To be covered by resolution. 

Park matters: 

Parks Superintendent to file with Commission at frequent in- 
tervals complete report of his activities. 

Cape Lookout State Park:-Purchase of 26 acres from Alex Don- 
aldson and 19.9 acres from %. K. Smith as addition to park 
approved. 

Redwood and myrtlewood tracts along Chetco River:-Tracts not 
to be purchased, 

Proposed park adjecent to Oregon Coast Highway at Oregon- 
California State line:- Tract not to be purchased. 

Rogue River bridgeheads. Options to be secured on property at 
north and south bridgeheads at Gold Beach. 

Rogue River mouth fishing frontage:- Purchase of tracts bor- 
dering on Rogue River for benefit of fishermen deferred. 
Proposed park at Crofts Lakes~ Parks Superintendent recommends 
against purchase of tract. Recommendation approved. 

Proposed park at Agate Beach Lighthouse:- Area not to be pur- 
chased. Ovwmers of proverty Fred Williams and Ira Wade Estate. 
Crooked River State Park:- Purchase of area at confluence of 

Deschutes, Crooked, and ietolius Rivers, knorm as The Cove, 

authorized. Attorney to secure options. 


Page Date 
1940 


9759 Oct. 1 
9760 


9764, 
9768 Oct. 2 


979 


i 9773 


9774 Oct. 3 


9776 Oct. 9 
9783 


9755 Sept. 30 Condon-Heppner Secondary Highway. 


Subject 


Inspection in company with 

Morrot’ Cou. ty Court. 

Pendleton. Highvay matters discussed with delegations. 

Log hauling. Delegations at Pendleton confer relative to haul- 
ing in vicinity of Pilot Rock. 

Snow removal, Tollgste Road, Delegation requests snow removal 
between Weston and Zlgin, No definite action. 

Old Oregon Treil. Hermiston-Umatille Section. 
requested by delegation at Pendleton. 

Veston-Elgin Roed. Delegation urges improvement between eston 
and Tollgate, 

Wallowa County. Delegation at Le Grande discusses several high- 
way watters pertaining to “allows County. 

Union County. Delegation at La Grande discusses several Union 
County highway matters. 

Union. Delegations confer with Commission relative to various 
highway matters, 

Baker County. Delegations confer with Commission at Baker: 
relative to scveral highway matters. 

Huntington. Delegation confers relative to Cloudburst condi- 
tion end drainage problems. 

Ontario. Delegations met with Commission. 

Malheur County. Delegations confer with Commission at Vale 
regarcing highwaynmatters. 

Burns. Delegations confer with Commission regarding highway 
matters in Central Oregon. 

Stock fences. Fremont Highway. Conference with iir. Nic Monte 
of the Federal Grazing Department. 

Cattle guards and stock fasses. Conference with tir. Nic ijonte 
relative to construction on state highway rights of way. 

Signs. Request of Mr. ilonte for authority to paint "Prevent 
Range Fires" on surface of highways in stock district. Com 
mission suggests erection of signs on sides of highways. 

Princeton-Rome Highway, Rewuest of Mr. Nie Monte that state 
purchase powder end culverts approved. State to furnish 
engineering work for this project also. 

Fences. Kequest of ih. Nie Monte for change in permit cover- 
ing construction of fences along highway rights of way ap- 
proved. 

Stock drift fences. County.Judge of Baker County requests 
state waintenance of drift fence along John Day iighvay be- 
tween Unity Junction and Austin. Action deferred, 

John Day. Delegations confer with Commission at home of Con- 
missioner Oliver. ‘ 

Prineville. Delegations confer relative to highway matters. 

Real property. Resolution authorizing acquisition, 

Condemnation. Recommended offers, Resolutions adopted: 

Right of way for North Bend-ilarshfield Section; Forest 
Boundary-Cottonnood Creek Section; Neil Creek-Berron Creek 
Section; and Sexton Mountain Section, 


Reconstruction 


' 
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Page Date 
1940 
9807 Oct. 10 


9808 


9809 


9811 


9812 


9814 


9815 


9816 


9817 Oct. 11 


9813 


Subiect 


Property. Aloha. State to retain parcel of land between Tuala- 
tin Valley Highway and Southern Pacific right of way. Reso- 
lution adopted. 

Viewpoint. Sun Mountain near Fort Klamath. 
tract and development of same authorized. 

Eugene~Swisshome Secondary Hichway. Improvement requested. 
Suggestion offered that Lane County, Roy Swenson log hauler, 
und state pay equal share of cost of improvement. 

Removal of ‘lalton-Swisshome Section from state secondary 
system and substitution therefor of Eugene-Veneta Section of 
Route F Highway suggested. Action deferred. 

Oregon Coast Highway. Delegation refers to program previously 
presented and renews requests for several improvements. 

Gold Beach. Oregon Coast Highway. Moving of buildings and 
pole lines on right of way discussed. 

Fairview-Clemens Corner County Road. Improvement of Long 
Prairie Road Section to be substituted for Clemens Corner- 
Trask River Bridge Section. 

Netarts Road. Action to be taken on designation as state sec- 
ondary highway. 

Parks along roadside. Establishment of parks along Hood River 
Highway at View Point, Hoss Acres, and Fikes Corner suggested. 


Acquisition of 


Awards. Commission announces awards of contracts and sale of 
buildings. 
KOAC. Broadcasting. Delegation confers relative to continuing 


of broadcasting over KOAC. 

Log hauling. Representatives of Public Utilities Commissioner 
confer relative to requiring logging trucks to stop before 
crossing railroed tracks. 

Logging trailers. Fastening of trailers to trucks enroute to 

vioods from dumping points discussed. 

Insurance. California Western States Life Insurance Company 
presents plan for group coverage of employees. Referred to 
Assistant Attorney. 

Wage scale and classification of employees. Delegation repre- 
senting Stcte Federation of Labor asks revision in state's 
policy to conform with Union rates and classification. 

Oregon City. Right of access to new highway between 13th and 
14th Streets requested by Joseph Woerndle and E, G. Barnes. 
Cooperetion in landscaping work offered by Mr. Barnes. 

Bids received on following projects: 

North Marshfield and Marshfield-Bunker Hill Sections, grading 
and paving; 

Mud Hollow-Oak Creek Section, grading, surfacing, oiling; 
Blalock-Lang Canyon Section, grading, surfacing, and widening 
of concrete bridge; 

faintenance headquarters at Seneca; 

Burns Section, grade widening and surfacing; 

Wasco County Line-ifedras Rock Production Project; 


Pare Date Subject 
, 1940 
9798 Oct. 9 Park matters (cont.): 
American Legion Park south of Lakeview:- Naming of section 
along Quartz Mountain in honor o° Legion denied, 
Oct. 10 Bids received on following projects: and buildings for sale: 
Rice Hill-Turkey Hill Section, grading and paving; 
Oakerman Ranch-Seve Hen Hill Section, grad., surf., oil; 
9799 Maintenance building at Madras ; 
Sextorm Mountain Section, grading; 
Bryant Hill-Trout Creek Section, erad., surf., oil; 
Tillamook Rock Production Project; 
Follett Ranch-Cold Canyon Section, grad., surf., oil; 
9800 Mosier-Seufert Rock Production Project; 
Buildings in Bandon, Oakland, and Troutdale. 
Varm Springs Highway. Warm Springs Agency-Yapinitia Junction 
Section. Delegation confers relative to plans for further im- 
provement, 


9801 Santiam Highway. Delegation confers relative to oiling unoiled 
portion. Commission's plans explained, 
Claim. W. C. Calder and Arch Cape Land Company present claim 
for damage caused by sliding of materials on Oregon Coast 
ighway at Arch Cape tunnel, Investigation ordered, 


Survey. Slide area on Oregon Coast Highway at Arch Cape Tun- 
nel to be surveyed. 


9802 Oregon City, ‘Tillamette River frontage to be advertised for 
bids. Provision to be made in lease for revocation at any 
time, 


Boathouses. Oregon City, Mooring of boathouses along iillan- 
ette River discussed, 
Tracts along coastal streams, Acquisition of tracts consid- 
ered obligation of Staie Fish Commission. 
Fremont Highway. Hunter Hill-Lakevier Section. Resolution of 
Lake County pertaining to abandonment approved, 
Klamath Palis-Lakevier Highway. Lake County's resolution aban- 
doning portion and retention of portions approved. 
Abandonment resolution covering section between stations 
1229795 and 1331+00. : 
Pacific Highway. ‘illiems Highway-Fruitdale Road Section. 
Section between mile posts 279.6 and 282 to be turned back 
9804 to Josephine County. Resolution adopted, 
9806 Claim. Mrs. J. R. Prewett demands additional compensation for 
right of way acquired for improvement of highway at Toledo. 
Amount previously offered to be paid but no more, 
Salem. Exchange of properties with State Board of Control at 
highway department shops discussed. Action deferred. 
9807 Building. Private sale of building at Brookings to Charles 
M. Casad authorized, : 


Bandon. T. W. Panter property. Reopening of settlement for 
right of way authorized, 


Page Date 
1940 
9826 Oct. 11 


9827 


9828 


9829 


9830 


Subject 

American Flag. To be displayed over all highway department 
buildings, except maintenance sheds. 

Oiling crew. Request of Edward Hines Lumber Company for services 
of oiling crew in improving runways of mill at Burns denied. 

Oregon Coast Highway. Gold Beach. Engineer to prepare alter- 
nate plans for improvement of highway. 

Claim. Mrs. E. J. Wright's claim for loss of turkeys mired in 
oil in borrow pit adjacent to Sams Valley Highvay approved. 

Scales. Action deferred on adoption of policy with respect to 
use of department scales for weighing privately-owmed trucks 
in obtaining licenses. 

Awards. Commission approves follovring awards of contracts: 

Troy Ranch Section, McNutt Bros., 
Gold Hil} Rock Production Project, R. I. Stuart & Sons. 

Bids. No change to be made in present hour of opening bids. 

Equipment. Purchase of following authorized: 

electric lighting plant for Meacham maintenance headquarters; 

jackhammer and auger for use in tunnel construction; 

electric bench grinder; 

electric drill for sign crew; 

Buick cars for use of H. G. Smith and kK. D. Lytle; 

Radio equipment, several items. 

Trucks. Two trucks used on Wolf Creek Highway wrecked. One to 
be traded in as part purchase price on new truck. Attempt to 
be made to collect value of other from Board of Control. 

Wilson River Highway tunnel. Report on cost to construct under 
contract as compared with construction as V.P.A. project. 

Log hauling. G. R. Van Vleet granted permission to haul logs 
40 feet overall in length from Arch Cape to Youngs River. 

Sea wall. Request for construction of sea wall at Devils Lake 
to improve parking area adjacent to highway denied. 

Devils Lake. Request for improvement of parking area adjacent to 
highway, involving sea wall construction, denied. 

Odell Secondary State Highway. Adoption of Odell-Tucker Bridge 
route es extension of highway considered. Placing of exten- 
sion on state secondary highway system considered. 

Pacific Highvay. Eugene. Proposed revision in plans for ulti- 
mate routing discussed. ifo change in present plans to be made. 

Crater Lake Highway. Fort Klamath. Engineer's report on cost 
of reconstruction. Installation of three culverts approved. 

Gravel on ocean beach. Gravel on beach betveen “aldport and 
Roads End investigated. Adoption of policy relative to removal 
of gravel from beach deferred. 

Ocean beach, Investigation made of gravel on beach between Vald- 
port and Roads End. 

Traffic signal. Installation of flashing beacon approved at 
intersection of Oregon Coast Highway and roed to Camp Clatsop. 
Albany, Installation of fixed time signal at intersection o 
First and Ellsworth Streets approved. 

Little Butte Secondary Highway. Continuation of construction 
through Lake of the Woods district requested. 
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Page Date 
1940 
9818 Oct. 11 


9819 


9821 


9822 


9823 


9824 
9825 


9826 


Subject 


Bids received (cont.): 

Ironsides-Brogen Rock Production Project; 
Troutdale~Oneonta Section, roadbed topping-slope protection; 
Culverts on Lower Columbia River, Tualatin Valley, and 
Beaverton-Aurora Highways; 

Treffic signal system at Klamath Falls. 

Frenchglen Secondary Highway, Hanley Lane Section. 
tion requests early improvement, 
highway in good condition. 

Log hauling. Permit of V. H. Harroun reinstated. 

Salmon River Highway. McMinnville~Sheridan Section. 
tion requests immediate reconstruction. 
to keep road open during winter season. 

Cascade Secondary Highway. Silverton Section. 
quests financial aid in reconstruction. 

Terrebonne-Lower Bridge County Road. Construction of 7-mile 
section approved subject to condition Oromite Company recon- 
structs plant and county will cooperate in cost. 

Travel and Information Department. Budget for 1941 recommended 
by Advisory Board. (See page 9826) 
Botsford, Constantine and Gardiner. 
for 1941 approved. 

Non-Resident Reristration Law. 
peal of present obsolete law, 

Tiiler-Trail Secondary Highey. Delegation requests recon- 
struction and keeping of road open during winter seuson. 

Snow removal. Diamond Lake Secondary Highway. Delevation re~- 
quests that road be kept open from Union Creek to junction 
with The Dalles-California Highway. 

Little Butte Creek Secondary :lijnvay. Delegation requests 
additional improvement and construction of Soda Springs- 
Butte Falls Road Section. 

Snow removal. Delegation requests snow removal on Little 
Butte Creek Secondary Highway. 

Pacific Highway. Ashland. Delegation requests removal of 
bottleneck at Plaza Corner. 

Snow removal, [ngineer's report on cost of operations on 
several highvuys. Jost of removel operations on Diamond 
Lake Secondary Yighway. discussed, 

Log hauling. Orezon Coast Highvay. Request of Mr. Bryant to 
transport logs between Sixes River and Bandon during Satur- 
day afternoons and Sundays denied, 

Oregon Coast Highvay. Hauling Curing Saturday afternoons 
and Sundays denied throughout entire length of highway. 

Awards. Commission announces a:erds of contracts. 

Oregon C#ty. Henry S. Coleman confers relative to purchase 
of state ovmed proverty between old and new highway. 

Travei and Information Department. Budget for 1941, as recom- 
mended hy Advisory Roard, approved, (See page 9821) 

Hospital Associations. Contracts with associations to he re- 
newed. Obliguticn to furnish medicine to be eliminated. 


Delega~ 
Maintenance crew to keep 


Delega- 
Effort to be made to 


Delegation re- 


Retention of services 


Advisory Board suggests re- 


Page Date 
1940 
9834 Oct. 11 


9836 
9837 
9838 


9839 


9840 
9841 
9842 


9842 


9844 


9845 


Subject 


Permit. Arrow Transportation Company granted permit to move 
oversized load from Yashington to California and return. 

Arrow Transportation Company, Renewal of permit requested to 
transport special sanding equipment on gasoline tank trucks. 

Surveys. List of surveys ordered since last meeting. 

Extengions of time, as follows: 

BE. C. Gerber, Necanicum-Nehalem River Section; 

Porter \\. Yett, Warren-Scappoose Section; 

Gus Reichow, Yaldport Section; 

R. [, Stuart & Sons, Reedsport Section; 

Tidepoint Company, Summit-Mist Section; 

Burham Bros., Water Street, Oregon City. 

R. 0. Dail & Warren Bros., Inc., arm Springs Agency-Vanora Sec.; 
J, C, Compton, Service Creek-Branson Creek Section; 

Norris Bros., Lick Creek-Salt Creek Section; 

I. G. Compton, Union-Catherine Creek Section; 

Norris RBros., Castor Ranch-Joseph Section; 

Jacobsen-Jensen Co;, Astoria Section; 

E. L. Rigdon, Horse Ranch Section; 

Averill & Corbin, Fishers Millrace Bridge; 

Babler Bros., Rock Creek-Molalla Section; 

City Motor Trucking Company, Rainier Section; 

Contracting & Sales.Co., Inc., replacement of rope on Inter- 
state Bridge; 

Jacobsen-Jensen Company, Warrenton Section. 

Contracts completed and accepted, as follows: 
Necanicum-Nehaiem River Section, Edwin C. Gerber; 
Jewell-Banzer Bridge Section, 0. C. Yocom; 

Siskiyou-Bear Canyon Section, Roy L. Houck; 

Dundee-tlest Dayton Section, McNutt Bros.; 

Warren-Seappoose Section, Porter \. Yett; 

Lang Canyon-Arlington Section, Leonard & Slate; 
Brothers-Harney County Line Section, Chester T. Lackey; 
Dutteville Road-Ihite School Section, Roy L. Houck; 

Muddy Creck-tinines Section, 5. C, Hall Company; 

Reedsport Section, R. I. Stuart & Sons; 

Sunmit-Mist Section, Tidepoint Company; 

South Unit, Oregon City Section, Edlefsen-leygandt Company; 
South Unit, Oregon City Section, Barham Bros.; 

Mussel Creek-Myers Greek Section, A. 5. Yallace; 

Tlarm Springs Agency-Vanora Jection, R.O.Dail & Warren Bros.; 
Bend-Butler Ranch Section, J. ©. Papin; 

Service Creek-Bronson Creck Section, J. ©, Compton; 
Union-Cetherine Creek Section, J. C. Compton; 

Tigard Overcrossing end Fanno Creek Bridge, Jacobsen—Jensen Cos 
Catherine Creek Rridge Section, Denten & Young; 

Castor Ranch-Joseph Section, Norris Bros.; 

Astoria Section, Jacobsen-Jensen Company; 

Horse :ianch Section, ©. L. Rigdon; 

East Unit, Grants Pass-Green Creek Section, Leonard & Slate; 
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9830 Oct. 11 


Subject 


Traffic signal. Amity. Installetion of overhead fleshing bea- 
con and traffic-controlled school crossing signal requested. 
Footpath and fill widening. Amity. Construction along Pacific 

Highway Wiest in northerly part of towm requested. 

Springfield-Creswell Secondary ilighway. Reauest for oiling 
of Coast Fork Bridge-Cloverdale Bridge Section denied, 

Siletz Secondary Highway. Improvement of short section south 
of Kernville requested. 

Little Nestucca Secondary Highway. Improvement of short sec- 
tion from Meda Loop County goad to Oregon Coast Highway re- 
quested, 

Burroughs Adding Machine Company. Engineer to sign contract 
agreement covering service of bookkeeping machine. Annual 
rate of service %45.80. 

Coos River Secondary Highway. Claim vresented by ‘aterford 
Lumber Company for expense of maintaining section north of 
Allegany denied. 

Claim. ‘\'aterford Lumber Company's claim for maintenance work 
on Coos River Secondary ighway denied, 

“ege increase. Request of department employees residing in Coos 
and Curry Counties for wage increase denied, 

Bridge design. Request of Corvallis Park Board for ascistance 
from highwey department in designing a bridge to span Mary's 
River, Corvallis, approved. 

Salem. Secretery bo sign permits authorizing Avondale Construc- 
tion Company and Drake, ‘lyman & Voss to occupy narrow strip 
along Court Street during construction of tmsiness buildings. 

Permits. Slanket authority granted to issue, permits for occu- 
pation of parking space parallel to curbs when business build- 
ings are being constructed. 

Warren Northwest, Inc. Penalty previously imposed for failure 
to complete Deschutes Oiling Project within specified time 
limit reduced 50 per cent. 

Penalty. Penalty previously imposed on Yarren Northwest, Inc., 
for failure to complete Deschutes Oiling Project on time re- 
duced 50 per cent. 

Portland. Standard Stations, Inc., granted six-months' exten- 
sion of time, or until March 29, 1941, to move mildings. 

Soap-box derby. Action deferred on alloving contests to be 
conducted on S2nd Street, Portland. 

Log hauling. Oregon City. “Jalter L. Koch denied privilege 
of trucking logs on new highway from 14th Street to iain 
Street, until traffic signal is installed, 

Traffic signal. Oregon City. Installation at intersection 
of 14th Street and new highvay authorized. 

Log hauling. Permit of Ralph E. Ray reinstated inasmuch as 

logs dropped on highway have been removed from right of way. 

Landscaping project. Canyon Road. Continuation of project 
approved. fngineer authorized to sign necessary papers. 


Page Date 
1940 
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Subject 


Doardman-Stanfield Road. Placing on federal eid system re- 
considered. (See page 9742 and 9743) 

Umatille-Stanfield Section. To be removed from federal aid 
highttey system. (See nages 9742 and 97/3) 

Oregon City. Certain lends acquired in connection with “later 
Street route of highway dedicated for roadside development 
and lendscaning purposes. Kesolution adopted. 

Timber strips. Pendleton-John Day Hightmy. Acquisition of 
strins deferred. 

Cruiser to be employed to make cruise of timber adjacent to 
Pendleton-John Day ifighway. 

Employment of cruiser to cruise timber on Salmon River High- 
way strips, owned by Miemi Corporation, authorized. 

hvard of contract. Following award confirmed: 

Irongides-3rogun Rock Production, M. L.. O'Neil & Son. 

Pacific Highvay. Tugene. Commission confirms resolution 
adopted June 13, 1940, designating permanent route of highway. 

Portland. “vont Avenue Project. Commission confirms resolution 
adopted June 13, 1940, designating Front Avenue and other city 
streets a state highvay route. 

Arrov Transportation. Company. Temporary permit authorized to 
transport special sanding equipment on gasoline tank trucks. 
Permit. Recuest of Berkheimer lianufacturing Company for blanket 

permit to move oversized equipment denied. 

Historical markers and signs. (lcLoughlin iimorial Home in 
Oregon City. Recommendations of Old Orezon Trail Historic 
Marker Association regaiding legend referred to committee in 
charge of Home. 

Permit. “pecial carrier permit of Emil “ialdkirch to be can- 
celled due to violation of statutory weight limits. 

Odell Secondery Highway. Resolution designating extension of 
highwey from Odell to Tucker Bridge. 

Corvallis-Fastside Secondary Highvay. Albany. Extension of 
highway to connection with new route of Pucific Highway East 
considered. Decision deferred. 

Fort Stevens County Road. Designation as state secondary high- 
way considered. Action deferred. 

Klanath Agency-ilodoc Point Section of old route of The Dalles- 
California Highway. Designation as state secondary nighay 
approved. Klamath County Cowit to make application. 

Elsie-Fish Mavk Falls Road. Designation a: state secondary 
highvay considered. 

Wehelem Secondary Highway. Engineer to report on cost to re- 
construct highway from Fish iovk Falls to Astoria. 

Tillamook City-Netarts County Road. Designation +s state sec- 
ondery highway requested. Action deferred. 

Oreon Coast Highway Association. Commission invited to attend 
annuel convention in Tillamook, October 20 anc 21, 1940. 

Redwood Empire Association. Commission invited to attend annual 
meeting in Ukiah, California, October 26, 1940. 
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9847 


9848 


9849 Oct. 18 


9850 


9851 


Subject 


Contracts completed (cont.): 
Fir Grove-Albany Section, A. Milne; 
Rock Creek-Molalla Section, Babler Bros.; 
Flsie-Sunset Tunnel Section, A. Milne; 
Rainier Section, City Motor Trucking Company; 
North Canal Bridge Widening Project, Birkemeier & Saremal; 

Shovel. Bay City power shovel delivered by Feenaughty !lachin-~ 
ery Company accepted. 

John Day Highvay. John Day Section. August 15, 1940, set as 
date of completion of project and release of bond furnished 
by Elmer Powell in connection with rental of equipment. 

Agreements, et cetera, signed as follows: 

Bettie La Frenz, payment for damage to property in Nyssa; 
Douglas County, meintenance of North Umpqua County Road 
after construction as federal aid secondary highway; 
Clifford A. Dunn, disposing of claim for extra compensa- 
tion arising out of contract for bridge over ‘arm Springs 
River; 

A. I. Johnson, moving of his garage in Prairie City; 

Mrs. Hazel Breshears, ct al, condemnation of land needed 
for Scotts Butte-Jordan Valley Section of I.0.N.Highway; 
United Railways Company, construction of Davies Overcrossing; 
Bonneville Power Administretion, construction of pole lines 
over certain state highways; 

Northwest Telephone Company, usc of poles in Willamina; 
Bargain and sale deed conveying unto Ed and Maud L. Capps 
land in Bandon; 

Bargain and sale deed conveying unto Pearl Burton land in 
Albany; 

Bargain and sale deed conveying unto Standard Oil Company 
of California property in Bandon; 

R. R. Clark, renewal of lease of property in Douglas County 
needed as source of roadbuilding materials. 

Strategic military highvay system. Conference with engineers 
of Public Roeds Administration. Suggested routes in Oregon 
adopted. 

Pacific Highway. Sexton Mountain Project. To be readvertised 
for bids as result of default of previous low bidders, i. L. 
O'Neil & Son, 

Portland. Front Avenue Project. Delegation confers relative 
to settlements for right of way. 

Steel Bridge. Conditions pertaining to rental of bridge set 
forth by ommers. Commission requests reduction in annual 
rental charge. Letter to railroad companies signed. 

Harold Say. Authorized to attend Pacific Northwest Tourist 
Association meeting in Spokane on November 1, 1940. 

Boardman-Stanfield revision,Old Oregon Trail. L. A. hic- 
Clintock requests change in route of proposed revision. 

Park matter: 

Proposed park at Agate Beach Lighthouse:~ Fred jlilliams re- 
news offer to sell property to state. Offer declined. 


Page Date Subject 
1940 
9864 Nov. 12 Bids received (cont.): 
Cottage Grove Section, roadside improvement; 
Nashville Bridge Section; 
Berbur Boulevard-Boones Ferry Read Section, grade and surface; 


9865 La Grande Rock Production; 
Buildings in Brookings, Marshfield, and Siskiyou Summit. 
9866 Little Butte Secondary Highway. Delegation requests improvement 


of section beyond Lake Creek junction. 

Terrebonne-Lower Bridge County Road. Delegation confers rela- 
tive to improvement. County Court offers cooperation. 

Survey. Terrebonne-Lower Bridge County Road. Survey authorized 
if county court and Oromite Company confirm statements regard- 
ing improvement in writing. 

Cline Falls Secondery Highway. Delegation requests oiling of 
unoiled section north of Tumalo. 

Snow removal. Crescent Lake County Road. Delegation requests 
Comsission to conduct snow removal operations. Request granted 
subject to confirmation b county of offer to pay costs. 

9367 Parking area. Bear Springs adjacent to Wolf Creek Highway. 
Improvement as WPA Project authorized. 

Violf Creek Highway TPA Project. Improvement of varking area at 
Bear Springs authorized. 

Portland. Hawthorne Bridge street car traffic. Payment of cost 
of rails to be installed in shifting street car tracks during 
construction of Front Avenue Project approved. 

The Dalles—California Highway. Madras-Terrebonne Section. Loca- 
tion of irrigation canals in connection with proposed realign- 
ment of highvay discussed. Attorney to secure options for 
right of vay. 

Bridge. Service Creek Bridge over John Day River on Service 
Creek-HMitchell Secondary Jiighvay. Improvement authorized. 

9868 Nehalem River Bridge on county road at Eisie. Repair of 
bridge discussed. Commission recommends against expenditure. 

Ochoco Highway. Prineviile-Mitchell Section. Reconstruction 
discussed. Improvement to be continued from westerly end. 

Interstate Bridge. Portland. Expenditure for purchese and in- 
stallation of motor generator set to convert available alter- 
natin current energy to direct current authorized provided 
State of Washington will pay one-half of cost involved. 

9869 Claim. Claim of J. £. Johnson, Milton, for expense of drilling 
new well approved, 

Profits and loss on contract work. Engineer's report on profits 
and losses incurred by contractors during past two years. 

Roseburg. State to pay cost of electrical energy to operate 
flashing beacon at crossing of Pacific Highvay vith Southern 
Pacific Railroad. &ffort to be made to secure city's light 
rate from pover company. 

Cottage Grove. Delegetion confers relative to closing certain 
city streets that connect with newly-constructed highway. 

9871 Awards. Commission announces awards of contracts and sale of 
buildings. 


1940 
9859 Oct. 13 


Nov. 12 


Harold Say. Authorized to represent Commission at annual meet- 
ing of Redwood Empire Association in Ulciah, California. 

Salem. Exchange of properties with State Boerd of Control at 
highvay department shops approved. Resolution signed. 

Log hauling. South Bay Logging Company granted permit to 
transport logs over Cape Arago Secondary Highway in vicinity 
of Charleston during Saturday afternoons and Sundays. 

Extensions of time, as follows: 
R. 0. Dail & “larren Bros., Inc., Miles Bridge-Baker and 
Baker-Snlisbury Sections; 
Mid-Columbia Send & Gravel Company, South Unit, Fulton 
Canyon Section. 

Contracts completed and accepted, as follows: 
“aldport Rock Production Project, Gus Reichow; 
Tultnomeh Falls-Oneonta Section, G. D. Lyon Company; 
Vest Unit, Grants Pass-Green Creek Section, Leonard & Slate; 
Miles Bridge-Baker and Buker-Salistury Sections, R. 0. Dail 
and Warren Bros., Inc.; 
South Unit, Fulton Canyon Section, Mid-Columbia Sand and 
Gruvel Company; 
arm Springs River Bridge Section, Clifford A. Dunn. 

Agreements, et cetera, signed as follows: 

Pacific Power & Light Company, use of company's poles in 
suspension of flashing beacon at Cemp Clatsop road inter- 
section with Oregon Coast ‘ighway; 

Sugene F. Hugg, Sr., le:se of maintenance headquarters site 
at Elgin; 

Portland Gas & Coke Company, reimbursement to state for 
additional costs resulting from change in design of culvert 
on Lover Columbia River Highway; 

Letter to Commissioner of Public Roads, Weshington, D. Ce, 
authorizing Ik. H. Baldock, C. B. McCullough, S. H. Probert, 
ana J. ‘le Nash to bind Commission by signatures on reim- 
bursement vouchers covering federal highway funds; 

State Borrd of Control, resolutions providing for exchange 
of properties at Salem Shops; 

Columbia County Court, petition for vecation, order for 
consent to vacation, end notice of application to vacate 
portion of alley in Block 4, ‘est Rainier; 

U. S. Governnent, certificate with respect to payment by 
governnent for easement over state-ormed property, known 
as Lawler property, in Hood River County. 

Bids received on following projects end buildings: 

Lincoln County Line-Alsee Mountain Rock Production; 

Hug Point-~idanzanita Section, macadam surfacing; 

East Unit, Dixie. Summit-Austin Section, grad., surf., oil; 
Goose Rock Bridge Section; 

Sexton Mountain Section, grading; 

Forest Boundary—Cottonoo0d Creek Section, grading, surfac- 
ing, and oiling; also bridges and culverts; 


Date 
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989%, 


9895 


Subject 


Bids received on following projects: 
Toodburn-Molalla-Silverton Rock Production; 
Seappoose-Multnomah County Line Section, grading, paving; 
illican-Brothers Rock Production; 
Third Street (Bend) Undercrossing Section, roadside improvement; 
Silets-Toledo Section, grading, surfacing, oiling; 
Pendleton-Pilot Kock Rock Production; 
tMinam Hill Viaduct; 
Lease of riparian rights at Oregon City. 

I.0.N.iHighway. Malheur County. Method of financing oiling dis- 
cussed with District Engineer, Public Roads Adininistration. 
Bids to be received for project at December meeting. 

Santian Highway. $100,000 forest highway funds allocated to 
North Santian Highttay to be reallocated to Hogg Pass-Suttle 
Lake Section for oiling work. State to contribute 50,000. 
(See pages 9921 and 9922) 

Forest Hichway Funds for 1941. 100,000 allocated to North 
Santiam Highttay to be reallocated to Hogg Pass-Suttle Lake 
Section of Santiam Hichway. (See entry just above). 

Survey. ‘Surveys for access roads at Fort Stevens authorized. 

Fort Stevens access roads, Engineer to confer with U. S. Army 
Engineers reiative to wuch roads. 

Oregon City. Lendsceping project along Pacific Highway East. 
Engineer authorized to proceed with plans. Section in front 
of Jerry iemingway's property in Block 11 to be omitted. 

Oregon City. Action deferred on request of Harry Coleman to 
purchase property on eusterly side of highway at Abernethy 
Creek Bridge, involving property ommed by Crorm-Zellerbach 
Corporation. Right of way stekes to be set. 

Klamath Agency-Modoc Point Secondary State Highway. Resolution 
designating such route. 

Secondary State Highway No. 224 (vest 6th St.-"est llth Street, 
Eugene). Resolution adopted designating such route. 

Netarts Secondary Highway Ho. 131. Resolution adopted designat- 
ing such route. 

Corvallis-East Side Secondary State Highway Extension. Resolu- 
tion adopted designating such extension in Albany. 

Timber strips. Purchase of timber strips along Netarts Second- 
ary Highway in Tillamook County urged by R. M. Nance. 

Treharne-Sunset Camp County Road. Reguest of Columbia County 
that road be designated a secondary state highway denied. 

Columbia Gounty. Request for designation of Treharne-Sunset Camp 
County Road a secondary state highway denied. 

Salmon River Highway. lirs. FE. Martin granted privilege of oc- 


cupying state-omed property adjacent to highway at Boyer. 
Other occupants ordered to vacate premises. 

advertising signs. Provisions which State of Michigan incorpor- 
ates in deeds and easements controlling signs on private prop- 
erty discussed. 


Paze Date 

1940 
9873 Nov. 12 
9872 


Subject 


Log hauling. Permit of Lawrence Nelson, Seaside, reinstated. 

Snow removal. licKenzie Highway. Delegation from Eugene re- 
quests snow removal up to place knowm as Pole Bridge. 

Property, state-owmed. Avrora Post, American Legion, requests 
purchase of property betiveen old and new routes of Pacific 
Highway East at Pudding River Bridge. Action deferred. 

Norris Bros. Penalty previously imposed for failure to com- 
plete contractsNo. 2287 and iio. 2223 within specified time 
limit reduced 50 per cent. 

Log hauling. Coast Highvay Association endorses policy of 
Commission prohibiting hauling on Saturday afternoons, 
Sundays, holidays and during hours of darkness. 

Rest room facilities. Establishment of facilities at Otter 
Crest and Depoe Bay requested. investigation ordered. 

Oregon Coast Highway. Marshfield-MNorth Bend Section. !fr. 
Arch B. Sanders suggests acquisition of right of way now. 
Gold Beach Section. Reconstruction discussed. No action. 

Oregon City. I. C. Nealeigh requests filling in of right of 
wey in front of his property in Block ll. Mr. Nealeigh of- 
fers to furnish material if state wili do work. 

Albany. Deleg:tion confers relative to routing logging trucks 
through city. 

“ugineer recommends designation of Lyon: Street from nev 
highvay to First Street a state highway route. 

Traffic signal. Albany. Installation of beacon at inter- 
section of Lyon: and First Streets discussed. No action. 

Log hauling. Mr. Jess Dawes granted permit to transport 
logs in vicinity of Molalla on equipment purchased from 
‘ir. Emil “laldkirch. (See page 9856 re equipment) 

Samuel Lancaster. Services vith department terminated. 

Right of vay budget. Attorney's report. 

Minutes of mectings held June 12 and 14, June 20, July 16 and 
19, Aucust 16 to 23, incl., and September 30 to October 4, 
1940, approved. 

Rec] property. Resolutior authorizing acquisition. 

Portland. v¥ront avenue Project. Resolution authorizing 
acquisition of real property needed for right of way. 

Condemnation. Recommended offers. Resolution adopted: 
Right of way for “lest Portland-Tualatin Section; 

Multnomah County Line-Scappoose Section; Jefferson County 
Line-Prineville Section; Forest Boundery-Cottonwood Creek 
Section, and Nashville Section. 

Claim. Payment of $100 to Mrs. Delma Prevett for damage to 
her property at Toledo approved. ‘ 

Boardman-Stanfield Road. Engineer's report on changes pro- 
posed by 7.. A. iicClintock. Decision deferred. 

Right of way options not to be closed until study made of 
plens of U.S.'ar Department to establisn munitions dump 
and bombing renge in vicinity of highway. 


9911 


9912 


) 9913 


9914 
9915 


9916 


97 


Subject 


Cape Arago Secondary Highway. Deadman's Curve Project. Comple- 
tion requested. Work to be done next year. 

Turn-around. Cottage Grove School District 25J requests con- 
struction of turn-around for school busses on Pacific High- 
way near Lane-Douglas County line. Action deferred, 

Sidewalk construction. Action deferred on following requests: 
Anity. Construction on Pacific Highway \est. 

Reedsport. Construction along Winchester Avenue. 
Toledo. Construction along Corvellis-Newport High say for 
distance of one-half mile. 

Cascade Locks. Delegation confers relative to reducing speed 
limit, instellation of flashing beacons, peinting of pedestri- 
an lanes, and improvement of sight distance at east city limits. 

Vlashing beacon. Cascade Locks. Action deferred on request for 
installation of two beacons. 

Cascade Locks. Request of city for authority to perform WA proj- 
ect on state highway right of way within city approved, 

Cascadia. Delegation confers relative to settlement for Baptist 
Church facilities on land needed for park purposes. Flat sum 
of $20,000 offered. 

Overlength equipment. Request of \'aitsburg Welding Company for 
permission to operate overlength equipment over short section 
of Old Oregon Trail approved. 

Oregon—Ylashington Highway. Heppner-Lena Section. Delegation 
confers relative to plans for oiling. 

Heppner-Lena Gection first priority of Morrow County Court. 
Oregon-Washington ilighway. Milton-"ashington State Line Section. 
Resolution designating permanent route. 

Vacations. Employees paid on hourly basis to be granted vacations. 

Ontario. Payment of sewer assessnent approved if department will 
receive benefits from sewer. 

Claim. Mr. Dage, Canyonville, presents claim for damage to 
fence and deposit of debris on land by maintenance crew. 

Fences. Form letter for distribution to omers of electrified 


fences approved. 
Salary of collector of delinquent traffic fines. Salary set at 


$200 per month. Highway Department to pay 50 per cent. 

KOAC. Broadcasting. Arrangement with KOAC to be renewed for 
summer of 1941. Request for participation in broadcasting 
during winter season denied, 

S. S. Montague. Penalty of $197.50 nreviously imposed for en- 
gineering expense during November on Contract No. 2184 waived. 

Geological features. Employment of man to secure concise de- 
scriptions of features along highways. Decision deferred. 

Salem. Request of city for ratification of resolution designat- 
ing North Capitol Street and 12th Street a through route for 
truck traffic approved. Signs to be erected. 

Equipment. Purchase of following authorized: 

12 Ford and Chevrolet cars; 
1 forward-dump truck with drum attachment; 
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Property, exchange. Exchange of property adjacent to Oregon 
Coast Highway, involving short section of old Spruce Produc- 
tion Railroad right of way, with J. A. Davenport approved. 

Property, state-owned. Sale of property adjacent to Salem- 
Dayton Secondary Highway near Grubb College to 0. D. Keiffer 
approved, 

Residence building. Request of Mrs. Wm, Wamsley to purchase 
or rent state-owmmed building adjacent to maintenance head- 
quarters in Dugene denied, 

Sale of tuilding. Residence bu’lding north of Oakland sold to 
Mrs. Bert Pound, Advertised for sale at October meeting. 
Portland. Front Avenue Project. Request of Southern Pacific 

Company for early settlement for right of way denied. 

Property at Coos Bay Bridge. Purchase of Elizabeth C. Coleman 
property, needed f@ protection of bridgehead, approved. 

Arch Cape slide area. 4. C. Calder suggests settlement of his 
claim for damage resulting from sliding of highvay embank- 
nent. 

Pacific Highway. Eugene-Springficld Section. Delegation con- 

fers relative to securing realignment construction. 
Eugene. Delegation confers relative to proposed 7th Street 
approach of Pacific Highwey into city from north. Options 
to be secured. Options also to be secured for newly desig- 
nate@ secondary highway between 6th and llth Streets. 

Bunker Hill. Marshfield. Monrad Underland requests settle- 
ment for property isolated by slide. Options to be taken. 

Hospital associations. Previous action renewing agreements 
confirmed. (See paze 9826), Request of Multnomah Medical 
Service Bureau to change form of agreement denied. 

Tiller-Trail Highway. Abandonment resolution covering por- 
tion of highway in Jackson County. 

Oregon-‘ashington Highway. Pendleton-Adems Section. Abandon- 
ment resolution. 

Parks Superintendent. Resolution outlining acrivities and 
authority of State Parks Superintendent. 

Title report. Suggested settlement of claim of Hartman 
Abstract Company, Pendleton, for charges made for furnish- 
ing title reports on rea] property. 

Oregon Coast Highway. Marshfield-North Bend Section. Pro- 
posed improvement, involving relocation of Southern Pacific 
Company's tracks, discussed. 

Trip. Inspection trip to Klamath Falls scheduled for week 
starting December 2, 1940. 

Ashland. Chamber of Commerce invites Commission to attend 
dedication of recently completed Siskiyou Section of Pa- 
cific Highway. 

Gravel. Signs to be erected along beaches in Lincoln County 
regulating removal of gravel. 

Kings Valley Secondary Highway. Delegation requests oiling 
of uncompleted two-mile section in Polk County. 
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9926 


9927 


9928 


9929 


9930 


9931 


9932 


Snow removal: 

> Sumpter Valley Secondary Highwey. Beker and Grant Counties 
to reimburse state for costs of operations beyond limits of 
secondary highway. 

> Anthony Lekes Road. Not obligation of Commission. Operations 
authorized on secondary highwiy which connects with this road 
if Baker County removes snow from county road section. 

Oregon Caves Road. Operations not to be conducted beyond 
farming area. 

>McKenzie Highway. Recuest for snow removal denied. 

>Diamond Lake Secondary Highway. Request denied. 

>Weston-Elgin Secondary Highway. To be kept open throughout 
entire length. 

Laboratory building. Bids for construction of building at 
Salem authorized. 

Gravel pit. ililwaukie. U. S. Housing Administrution desires 
to purchase aren including gravel pit between Southern Pacific 
tracks and 22nd Street. Action deferred. 

Sumpter Valley Secondary Highway. Baker County requests state 
aid in proposed WPA project for improvement of highway. 

Portland. Steel Bridge. Letter from officials of railroad 
companies accepting Commission's proposal with respect to 
payment for use of bridce. (See pares 9850 and 9851) 

Extensions of time, as follows: 

Roy L. Houck, Salem-Pringle Greek Section; 

Rogers Construction Company, Klamath Agency-Modoc Point Section; 
E. C. Hall Company, Mt. Hood Rock Production Project; 
Leonard & Slate, ‘est Unit, Petersburg-Fairbanks Section; 
S. S. Montague, abutments to Strassel Undercrossing; 

0. C. Yocom, Canyonville-Days Creek Section; 

M. Le O'Neil & Son, Lone Rock Junction-Rock Creek Section; 
Homer G. Johnson, Prineville Section; 

Warren Northvest, Inc., Albany-Crabtree Corner Section; 
Contreeting & Scles Company, Inc., replacement of wire rope 
on Interstate Bride; 

Contracts completed and accepted, as follows: 

Salem-Pringle Creek Section, Roy L. Houck; 

Klamath Agency-Modoc Point Section, Rogers Construction Co.; 

Siskiyou-State Line Section, Roy L. Houck; 

West Unit, Petersburgh-Fairbanks Section, Leonard & Slate; 

Albany Section, Roy L. Houck; 

Odell maintenance headquarters, Barham Brothers; 

Low Pass Section, Fisher Brothers; 

Abutments on Strassel Undercrossing, S. 5. Nontague; 

Canyonville-Days Creek Section, 0. C. Yocom; 

Lone Rock Junction-Rock Creek Section, M. L. O'Neil & Son 

Fischers Millrace Bridge, Averill & Corbin; 
Prineville Section, Homer G. Johnson; 
Albany-Crabtree Corner Section, Warren Northwest, Inc.; 
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9918 


9920 


9923 
9924 


9925 


Equipment, purchase of (cont.): 
1 long-wheelbase truck chassis for sign crew; 
5 hand-operated, + H.P. spray paint machinesfor sign crew}; 
1 cab-over-—engine truck for traffic line crew; 
1 long-wheelbase truck for bridge crew; 
1 long-wheelbase truck for bridge crew} 
2 4-ui.P. dragsaws for use at Santiam Junction and Odell 
’ Lake maintenance headquarters. 

Award of contracts. Commission approves following awards: 
Culvert construction on Lower Columbia River, Beaverton- 
Aurore, and Tualatin Valley Highways, G. L. Potts; 

North Marshfield and Marshfield-Bunker Hill Sections, Roy 
L. Houck. 

Log hauling. Request of J. R. Morris to transport logs over 
Columbia River Highway, necessitating use of Mosier Tunnel, 
denied. 

Request of J. E. Flurry for permission to truck-haul logs 
over section of Green Springs Highwey during Saturday after- 
noons and Sundays granted. 

Permit. Request of Wentworth and Irwin to operate over Old 
Oregon Trail trucks carrying loads having an overhang of 
two feet in excess of statute limits granted. 

Permit. Request of Stanley Currington for reinstatement of 
his log hauling permit, suspended for overloading, denied. 
Request. of Mrs. Daisy li. Whitlow for reinstatement of her 
log hauling permit granted. 

C. B. McCullough. Authorized to attend meeting of Highway Re~ 
search Board in Washington, D. C., week of December 2, 1940. 

Awards. Commission announces awards of contracts. 

Oregon City. Lease of riparian rights in Willamette River. 
Attorney to negotiate for private sale of leases. 

Forest highway program for 1941. Revision of funds approved. 
Joint letter to officials in Washington, D. C., signed. 

Game reserves. Creation of reserves at Saddle Mountain and 
at Yachets discussed. Referred to State Game Commission. 

Park matters. Picnic area along Mount Hood Highway. Acquisi- 


tion and Nea eg of same authorized. 
CCC Camps. Parks Superintendent asks approval of camps at 


Silver Creek Falls, Saddle Mountain Park, Crooked River 
State Park, and Umpqua Lighthouse Park. Referred to Chairman. 

Portland. Channelizing of intersection at Denver and Union 
Avenues approved. 

Traffic lights. Installation at intersection of Denver and 
Union Avenues approved. 

Portland. Standard Stations,Inc. Exchange of property with 
company discussed. Negotiations authorized. 

Malheur County. Delegation renews request for certain high- 
way improvements. 

Ochoco Highway. Marks Creek Section. Delegation urges early 
construction. 
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Roseburg, Oregon, August 16, 1940 


The State Highway Commission met with W. C. Harding, Secretary of 
the Roseburg Chamber of Commerce, A. C. Marsters, member, and Carl I. Rynear- 
son, Manager of the Pacific Highway Association, in the dining room of the 
Unpqua Hotel at 1:00 p. m. for a brief discussion of matters pertaining to the 
securing of a special allotment of federal funds with which to finance improve- 
ments to the Pacific Highway between Roseburg and Grants Pass. 


Mr. Harding advised that arrangements have been made for ifr. Rynear- 
son to go to San Francisco within the next ten days to discuss with the Com- 
mander of the Ninth Corps Area of the United States Army the question of secur- 
ing federal funds to improve the Roseburg-Grants Pass Section of the Pacific 
Highway so as to make it suitable as a military highway for the rapid transpor- 
tation of troops and motor equipment, and they feel that their cause would be 
aided ~reatly if one of the members of the State Highway Commission would ac- 
company bir. Rynearson on this trip. He suggested that the Commission author- 
ize Commissioner Clough to do this at state expense. The Commission took the 


matter under advisement. 


Cha 
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State Highway Engineer Commissioner 


Commissioner 


Gold Beach, Oregon, August 17, 1940 


The State Highway Commission met in special session at 9:00 p. m. 
in the parlor of the Sunset Inn with representatives of the National Parks 
Service for a discussion of matters pertaining to the establishment of a na- 
tional park and recreational aréa along the Oregon coast line, in Curry County. 
Representing the State Highway Commission were: 


Henry F. Cabell, Chairman 

Huron W. Clough, Commissioner 

Herman Oliver, Commissioner 

. H. Baldock, State Highway Engineer 

. H. Devers, Attorney 

. B. Glaisyer, Secretary 

. H. Boardman, State Parks Superintendent 


ama w 


Representing the Naticnal Parks Service were Conrad L. Wirth, Super- 
visor of Recreational and Land Planning, Washington, D. C.; Mark H. Astrup, 
Assistant Regional Director, Region No. 4, San Francisco; and Claude E. Greid- 
er, State Supervisor, Division of Recreational and Land Planning, San Francisco. 
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Page Date Subject 
1940 
9933 Nov. 13 Contracts completed and accepted (cont.): 
Blue Mountain maintenance patrol station, Fife & Company. 
Agreements, et cetera, signed as follows: 
Public Utilities Commissioner, petition for placing of re- 
flectorized signs at railroad crossing near Scappoose; 
"Consent to Vacation" alley in West Rainier; 
Hunt Livestock Company, lease of property for maintenance 
- station at Maupin; 
Quitclaim deed conveying unto Douglas County portion of old 
county road adjacent to Pacific Highway in Roseburg; 
Warranty deed conveying unto Northern Pacific Railway Com- 
pany property at Scappoose; 
Bargain and sale deed conveying unto Albert Hoffarber land 
in Yashington County; 
Bargain and sale deed conveying unto James A. Harris land 
at Brookings; 
Home Ovmers Loan Corporation, acquisition of property in 
Clackamas County; 
Frank F. Dailey and wife, slope easement along Pacific High- 
way East in Albany; 
Gertrude Bramley and Gertrude iicLeod, slope easement along 
Pacific Highway East in Albany; 
Bargain and sale deed conveying unto Walter W. Russell, et al, 
Trustees of Bellewne Community Hall, property along Salmon 
River Highway, in Yamhill County. 


: 
i 
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) The matter of permitting stock-grazing on the park area was also dis- 

cussed. Mr. Wirth stated that the National Parks Service would prefer that 
stock be not allowed to graze in the park between the highway and the ocean, 
but would not object to a limited amount of grazing in the area east of the 
highway. He added that, in cases where property owners are now grazing their 
stock in the proposed park area, they would be allowed to continue the use of 
the property for this purpose for a limited length of time, to enable them to 
adjust themselves to the new conditions. 


After further discussion, during which the Commissioners expressed 
themselves as being in favor of the establishment of this park if satisfactory 
arrangements can be made for the same, the Engineer was authorized to make a 
reconnaissance survey through this section to determine the permanent location 
for the highway. He was instructed to make such survey at once. 


The meeting was adjourned at 10:00 p. n. 


Lf 


Chairman 
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State Highway Engineer Commissioner 
Secretary —-— Commissioner 


Powers, Oregon, August 18, 1940 


The State Highway Commission met with a large group of Coos County 
citizens, particularly from Powers, Myrtle Point, Coquille, and way points, at 
4:00 p. m. in the Lodge Room at Powers, for a discussion of matters pertaining 
to the improvement of the Powers Secondary State Highway. Present were: 


Henry F. Cabell, Chairman 

Huron W. Clough, Commissioner 

Herman Oliver, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M, Devers, Attorney 

H. B. Glaisyer, Secretary 


Heading the local group of approximately one hundred was ifr. Ropper, member of 
the Myrtle Point Lions Club. 


iir. Ropper presented sev2ral petitions signed by numerous residents 
of Coos County requesting the oiling of this road, and brief summarizing data 
and information gathered by local citizens, bearing upon the question of the 
advisability of oiling this secondary highway throughout its entire length from 
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Mr. Wirth advised that the desirability of establishing a national 
park and recreational area along the coast line in Curry County has been de- 
termined and that the proposed bill that has for its purpose the establishment 
of such park has been approved by the Secretary of the Interior; further, 
that his visit to Curry County on this occasion is for the purpose of going 
over the properties involved with a view to the establishment of the ultimate 
boundaries of this park. He said that any staterents that he makes at this 
meeting are not final but must be confirmed by higher authorities, but he is 
in hopes that he will be able to reach an informal agreement with the State 
Highway Commission at this time with respect to matters pertaining to this 
subject. He further stated that the Federal Government is not particularly 
interested in the upland area in the proposed park but is primarily interest- 
ed in the lands along the coast line and sufficient area beck of this to pro- 
tect the main body of the park. Generally, he said, the park should include 
all of the land between the ocean and the Oregon Coast Highway from Harris 
Beach on the south to Pistol River on the north, and sufficient land on the 
east side of the highway to protect the area from encroachments. It was his 
thought that perhaps a strip from 500 to 1000 feet in widtin on the east side 
of tne highway would be sufficient for this purpose. He suggested that the 
state acquire additional land between Pistol River and Meyer Creek so as to 
consolidate the state's holdings in this section up to a place known as Buena 
Vista Park. He also suggested state acquisition of additional property be- 
tween Buena Vista Park and Gold Beach in order to obtain full control of the 
entire coast line between Gold Beach and Brookings, except certain portions 
that are chiefly valuable from the farming standpoint. The Federal Govern- 
ment, he said, would provide funds with which to purchase the area within the 
proposed park but the state would be required to purchase the wayside strips 
from Pistol River to Gold Beach, making the area jointly owmed by the govern- 
ment and the state. However, the participation in the cost by the government 
and the state is a matter that would have to be agreed upon later. 


Chairman Cabell pointed out that the State Highway Commission has 
only limited funds available for projects of this kind but the Commission is 
willing to do all that it can to assist, considering the limited amount of 
funds. It is beyond the power of the Commission, he said, to acquire or main- 
tain such a large area as the Federal Government has in mind for this national 
park; however, the Commission feels that the idea of the establishment of a na- 
tional park in Curry County is a very good one and a very desirable one to dis- 
cuss. 


The Engineer pointed out that the present. highway through this dis- 
trict is not on permanent alignment and probabilities are that it will have to 
be relocated at some future time. He inquired whether or not the Federal Gov- 
ernment would permit such relocation after the park has been acquired and if 
the Government would pay any of the expense of relocating the highway. 


Mr. Wirth replied that the Government has never hed any trouble in 
ironing out difficulties of this kind with the several states and he anticipat- 
ed no difficulty in this instance, He advised, however, that the Government 
would prefer that the highway be not permanently located too close to the coast 
line. 
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Nelscott, Oregon, August 20, 1940 


The State Highway Commission met with a number of local citizens at 
the Nelscott post office at 10:00 a. m. for a discussion of matters pertaining 
to the removal of sand and gravel from the ocean beach area. All members of 
the Commission, the State Highway Engineer, the Attorney, and the Secretary 
were present. Local citizens present were Messrs. Earl KM. Nelson, Lundeen, 
Williams, and others. Also present was a Mr. Grigsby, of Newport. 


Arguments were presented both for and against the further removal of 
sand and gravel from the beach areas, principal arguments being in behalf of 
the preservation of the agate-bearing gravels. The Commission made no decision 
in the matter, it being considered advisable to make a thorough investigation 
of the Lincoln County beaches before adopting any policy covering the subject. 


The Commission was requested to install a traffic light at the in- 
tersection of the Salmon River Highway with the Oregon Coast Highway at Otis. 
The matter was taken under advisement. 


The Commission was also requested to take action as may be necessary 
to prohibit the burning of drift logs on the Lincoln County beaches. The mat— 
ter was referred to the Engineer for investigation. 


The Commission was urged to purchase for state park and recreational 
purposes the privately-owned land lying between the Oregon Coast Highway and 
the Pacific Ocean at the outlet to Devils Lake. The Commission took the mat- 
ter under advisement. \ 


Chairman 
2 


- 


State Highway Engineer Commissioner 


Secretary~ Ss Commissioner 
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Tillamook, Oregon, August 20, 1940 


At 1:00 p. m. the State Highway Commission met at luncheon with the 
Tillamook County Court in the Tillamook Hotel, following which a joint inspec-— 
tion was made of the Netarts County Road, which road the county court desires 
designated as a state secondary highway. The Commission indicated that it 
would so designate this road if the county court would make application for 


the same in proper form. a WF! 
Chotrath 
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its junction with the Coos Bay-Roseburg Highway to Powers. There followed a 
general discussion of the matter, during which numerous arguments were present— 
ed in behalf of the improvement. 


Chairman Cabell expressed the attitude of the Commission with re- 
spect thereto. He advised that the Commission appreciates the need for the im- 
provement of this road and intends to give it very careful consideration in the 
preparation of its next construction program, but is not ina position at the 
present time to state just what it can and will de, although the Commission 
hopes to make a start on the project in the not far distant future. He point- 
ed out that the surfacing on the road at the present time is not suitable for 
an oil treatment and before any oiling work could be undertaken additional 
rock to stabilize the present surfacing would have to be applied. The cost of 
the improvement, he said, is a considerable sum and in view thereof it does 
not now appear possible for the Commission to do the entire project at one 
time, although it will be considered. The season is too far advanced, he said, 
to do any work this summer and the best that the Commission could hope for 
would be to provide the rock this fall and winter and do the oiling ‘next year. 
He made it clear that the Commission is not making a definite commitment to 
the project at this time but intends to give it serious consideration in the 
preparatiom of the next construction program. 


The meeting was adjourned at 4:30 p. am. 


Po ot — ee 
State Highway Engineer 


Secretary 5 Commissioner 
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Waldport, Oregon, August 19, 1940 


The State Highway Commission, all members being present, met at 3:00 
p.m. with a number of local citizens, including slayor Wim. F. Keady, at the 
small state park on the west side of the Oregon Coast Highway near the south 
city limits of Waldport. 


The committee urged the Commission to authorize an additional expend- 
iture of state highway funds to further improve this small park area by filling 
in the same so as to make it available for the parking of automobiles, et cet- 
era, and to make it more inviting from the aesthetic standpoint. The Commis- 
sion took the matter under advisement. 
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} Beginning at point "A", which is at the end of the present 
paved section of this highway in the town of Dee, at ifile 
Post 11.7. and extending southerly therefrom, following gen- 
erally the route of the present highway, to point "B", at 
wile Post 14; thence leaving the present highway route and 
extending in a southeasterly direction across logged-off 
land to point "C", iiile Post 16, at a turn in the county 
road known as the Bailey Road; thence south along the Bailey 
Road to point "D" on the present secondary highway route in 
the town of Parkdale. 


The Engineer estimated the cost of construction of such route at 
$142,000.00. After careful consideration the Commission by unanimous vote ap- 
proved the routing as recommended by the Engineer, subject to the condition 
that no objections be offered by the Hood River County Court. 


: The Engineer brought up for discussion the matter of landscaping the 
right of way at the undercrossing recently completed on The Dalles-California 
Highway in the city of Bend. He advised that the underpass has been left in 
its natural rock state without masonry or concrete retaining walls, and, in 
his estimation, its appearance would be greatly improved by the planting of 
rock plants in the various rock pockets and crevices. He estimated the cost 
of the work at about $800.00 and recommended that it be done by state forces 
rather than by contract work because. it is almost impossible to write a speci- 
fication for contract work that would insure the proper bedding for each par- 
ticular plant, and for the further reason that the success of the project is 
dependent upon the effort that is made in setting out the plants, The plants, 
he said, would be contracted for in the usual manner. After discussion, the 
Commission approved the recommendation unanimously. 


A reports was submitted by the Engineer on the cost to improve the 
Oregon Coast Highway through the slain Street section of the Ocean Lake district 
in Lincoln County, by widening the existing pavement or by oiling the full 
width of the traveled roadway. He said that the section is about 1,300 feet in 
length through the business section of Ocean Lake and that the improvement 
would have to include not only the oiling work but construction of storm sew- 
ers, catch basins, and rock stabilization. He estimated that the entire in- 
provement would cost about $4,500.00. The Commission approved the report and 
ordered that the project be kept in nind for consideration in the preparation 
of the 1941 budget. 


The Engineer reported on the request of L. H. Weathers, Hamlet Route, 
Seaside, Oregon, for the elimination of two sharp curves on the “lolf Creek 
Highway about 2 miles south of Cannon Beach Junction. It appears that ir. 
Weathers desires to improve his property, which lies adjacent to these curves, 
but is precluded from doing anything of a permanent nature because the highway 
is not constructed in its ultimate location. The Engineer advised that the 
curves referred to by ir. Weathers are reversing 10-degree and 14-degree curves 
and that they form the only really poor alignment on the ‘Yolf Creek Highway. 
The removal of these curves, he said, would make a desirable improvement. He 
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Portland, Oregon, August 21, 1940 


The State Highway Commission met in regular session at 3:30 p. m. in 
Room 415, Imperial Hotel. Present were: 


Henry F. Cabell, Chairman 

Huron W. Clough, Commissioner 

Herman Oliver, Commissioner 

R. H. Baldock, State Highway Engineer 
H. B. Glaisyer, Secretary 


The Engineer reported the results of an inquiry directed to the State 
Highway Engineer of California relative to the status of the highway which ex- 
tends southerly from Klamath Falls to Alturas, California, via Canby, Califor- 
nia. According to the information received, a portion of this route, from Hat- 
field Junction to Canby, is not on the California highway system but is under 
county jurisdiction and cannot be taken into the state system until completed 
in its entirety, which will not be done for a number of years. The Commission 
took no action on the matter. 

The Attorney reported receipt of a check from the Maryland Casualty 
Company in the amount of $1,678.28, representing complete satisfaction of the 
Commission's claim against Saxton, Looney & Risley and their surety for failure 
to execute the contract agreement and the contract bond covering the Warm 
Springs Agency-Vanora Section of the Warm Springs Highway, in Jefferson County, 
which contract was awarded to them on December 8, 1939. The Commission erdered 
the remittance deposited in the State Highway Fund. 


The Commission also discussed the failure of Contractor Homer G. John- 
son te execute the contract agreement and furnish the contract bond covering the 
construction of the Germantown Road-Barnes Road Section of the Skyline Boulevard 
in Multnomah County, which contract was awarded to Mr. Johnson on June 13, 1940. 
In this connection it was recalled that mr. Johnson appeared before the Commis— 
sion at the previous meeting and stated that he did not wish to enter into this 
contract unless the Commission would authorize the changing of his bid on the 
asphalt item, it being his contention that the price quoted for such item should 
have been entered under the tar alternate, the mistake being made by a clerk in 
his office and not being discovered until after the bids were opened; also, that 
the Commission informed Mr. Johnson at that time that it could not change the 
bid, and that, unless he accepted the contract within a reasonable length of 
time, the Commission would declare him in default and would proceed to collect 
the amount of the bid bond. The Commission considered that Mr. Johnson has now 
had sufficient time to give this matter the study required and accordingly de- 
clared him in default, inasmuch as he has not yet executed the contract forms. 
The Attorney was instructed to take action as may be necessary to collect the 
amount of the bid bond. 


The Engineer reported the results of investigations for determining a 
permanent location for the Hood River Secondary Highway between Dee and Parkdale 
in Hood River County. He recommended adoption of a route designated as the ABCD 
route on the reconnaissance survey map of this highway made in February 1940, by 
J. F. Waller, Locating Engineer, which route is roughly described as follows: 
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decided to bear this project in mind in the formulation of its next construc- 
tion program for secondary highway funds, and instructed the Secretary to so 
inform the County Court. 


The Engineer reported the cost to widen the county road approach to 
the Coos Bay—Roseburg Highway at liile Post 7.82, about one mile north of kyrtle 
Point, as has been requested by the lyrtle Point Chamber of Commerce. He esti- 
mated such cost at $750.00 but recommended against the improvement because, he 
said, investigation reveals that the present approach is now constructed in ac- 
cordance with current design standards. The Commission approved the recommenda- 
tion. 


The advisability of reconstructing a section of the Wilson River High- 
way so as to eliminate a bad curve at a place known as Randalls had the atten- 
tion of the Commission. The Engineer advised that the permanent location for 
the highway at this point has not as yet been selected and he recommended that 
the Commission do not approve this project at the present time but defer consid- 
eration of the same until the Wilson River Highway has been opened up for trav- 
el throughout its entire length and the need for the revision is more apparent. 
The Commission approved the recommendation. 


A report was rendered by the Engineer on the cost to improve the Sil- 
ver Creek Falls Secondary Highway from the city limits of Salem to a place 
known as Four Corners, a distance of about 1.33 miles, as has been requested by 
numerous users of this road, particularly people residing at Four Corners. He 
advised that an improvement similar to that now under way on the Pacific High- 
way West, south of Corvallis, which provides for a 44-foot width roadway with 
curbs and sidewalk, would cost about $90,000.00. The Commission considered 
that the expense involved is far in excess of the amount that it can spare for 
the purpose at the present time and thereupon denied the request. 


A letter was presented from lir. Victor Olliver, City Attorney, Albany, 
requesting, on behalf of the City Council, the repair of the streets in Albany 
heretofore used as state highway routes; also requesting the repair of other 
city streets. It was their contention that the city is entitled to the improve- 
ment of these streets before they are turned back to the city to maintain upon 
completion of the new highway route through Albany, because the city mid for 
the original improvements, and the repairs needed now are the result of the use 
of the streets by state highway traffic. After discussion and upon recanmenda- 
tion of the Engineer, the Commission voted unanimously to repair and put in 
first-class condition the streets that heretofore have been used as state high- 
way routes. The Commission also authorized the Engineer to make repairs to any 
of the streets adjacent to the new highway route which streets have been dam- 
aged by the state's contractor in connection with the building of a new route 
through Albany, this being in conformity with the Coumission's established poli- 
cy with respect to matters of this kind. 


Reconsideration was given by the Commission to the matter of con- 


structing sidewalks on the Rogue River Bridge on the Pacific Highway at Gold 
Hill. The Commission approved the construction of a timber sidewalk 32 feet 
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estimated the cost to reduce them to 8-degree curves at $12,000.00 and to 
6-degree curves at $15,000.00. After discussion the Commission authorized a 
location survey of the project to determine more definitely what it would cost 
to revise the highway on permanent alignment. The Secretary was instructed to 
advise Mr. Weathers of the action taken. 


A request was presented from the town of Nehalem for the oiling of 
the unpaved strips adjacent to the pavement on the present highway through Ne- 
halem. The Engineer advised that this matter has been investigated and it is 
estimated that to construct an oil surface full width between curbs in this 
town, including necessary drainage facilities, would cost about $3,000.00. He 
recommended approval of the expenditure in the 1941 construction program. The 
Commission approved the recommendation. 


Reconsideration was given by the Commission to a resolution from Ba- 
ker County Court requesting the extension of the Sumpter Valley Secondary High- 
way fron its present terminus, about 3 miles northwest of the town of Sumpter, 
to the tow of Granite, in Grant County. The Commission deferred a decision in 
this matter pending personal inspection of the road on its Eastern Oregon trip 
tentatively scheduled for the first week in October. The matter of snow remov—- 
al on this road during the coming winter season was also discussed. In view of 
the extensive mining operations in the vicinity of Granite and the need to main- 
tain this road for year-round travel, the Commission authorized the Engineer to 
keep the secondary state highway portion of this road open this winter at state 
expense. He was also authorized to conduct snow-removal operations on the coun- 
ty road portion if the county courts of Baker and Grant Counties will agree to 
reimburse the state for the expense thereof. 


The matter of placing the Spraguc River Road, in Klamath County, on 
the state secondary highway system was also discussed. The Engineer advised 
that investigation reveals that the road is 36 miles long and that the cost to 
construct it to proper standard with a 26-foot grade and with adequate surfac- 
ing, oiling, and bridges, is approximately *654,000.00. The estimated annual 
maintenance cost, he said, is approximately $22,000.00. The Commission consid- 
ered that it was not justified in assuming this expense, particularly in view 
of the fact that the road is not of state-wide importance. The request of the 
Klamath County Court for the designation of this road as a state secondary high- 
way was thereupon denied for the tine being. 


The Engineer was instructed to report to the Commission at the next 
meeting the solvency quotients for this road and for Secondary State Highway 
No. 421 around the west side of Upper Klamath Lake, for comparison purposes. 
The Secretary was instructed to inform the Klamath County Court of the action 
taken in this matter and to explain to the court the reason for such action. 


The Commission discussed 2 petition from numerous residents of Klem- 
ath Falls and Midland requesting the oiling of the Midland Secondary Highway No. 
420, south of Klamath Falls. The Engineer estimated that it would cost about 
$65,000.00 to construct this road to proper standards, including right of way, 
grad: widening, bridge reconstruetion, surfacing, and oiling. The Commission 


The Engincer also recomwnded that authority be granted to ur. N. HM. 
Finkbiner, Engineer of Materials, to attend a section meeting of the Connittce 
on Materials of the American Asseciation of State Highway Officials, which is 
to be held in Seattle on September 13 and 14, just prior to the gencral meet— 
ing. He estimated that vir. Finkbiner's expenses in attending both meetings 
would not exceed $80.00. The Commission approved the recommendation unani- 
mously, subject to the further approval of Governor Charles A. Sprague. 


The Assistant Attorney, Mr. J. W. DeSouza, was present and reported 
on the status of the right of way budget. He advised that the amount budgeted 
by the Commission for right of way purposes this year was $600,000.00 and that 
of such amount approximately $362,000.00 has been obligated. He gave as his 
thought that total expenditures this year would not reach the budgeted amount. 
The Commission approved the report. 


The Assistant Attorney requested authority to acquire certain par- 
cels of real property that are needed for various highway improvements through- 
out the state. He submitted a list of such properties together with the pric- 
es that he recommended be paid for each. After careful consideration the Com- 
mission approved the request and by unanimous vote adopted the following reso- 
lution in regard thereto: 


WHEREAS, in connection with the further improvement of the 
highways hereinafter designated, it is and has been necessary to ac- 
quire property for right of way, quarry sites, gravel or other mate- 
rial sites, or sites for the storage of materials, as hereinafter 
more definitely set forth; and 


WHEREAS, as a result of negotiations carried on with the 
owners of the property required, options have been obtained, which 
options have been considered by the Commission, outlining the bases 
of settlement which have been agreed upon; and 


WHEREAS, it is the judgment of the Commission that the 
aaid options should be approved and accepted, and/or the said re- 
ports be declared acceptable to the State Highway Commission as bases 
of settlement for the properties involved, and that the acquisition 
of the properties should be completed: 


NOW, THEREFORE, RE IT RESOLVED that the several offers or 
bases of settlement hereinafter enumerated be, and the same hereby 
are, approved and accepted, and that the Attorney for the State High- 
way Commission be, and he hereby is, instructed to complete the ac- 
quisition of the said properties and to take title thereto in the 
name of the State of Oregon. The said properties hereby ordered and 
authorized to be acquired are as follows: 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Sunset Tunnel-Buxton Section -— Wolf Creek Highway 
8261-Fowler, Quincy k. Esmt. 4.41 Gratis McChesney 


(Continued on next page) 
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wide on one side of the bridge only, which walk the Engineer estimated will 
cost about $2,000.00. 


The Engineer reported the cost to construct a footpath along the Cen- 
tral Oregon Highway between the town of Burns and the swimming pool near Hines 
Mill, as has been requested by people of that district. He advised that the 
footpath would be about 3.84 miles in length and that to construct a sidewalk 
grade 6 feet wide, with surfacing and oiling 5 feet wide, would cost about 
$6,000.00. The Commission decided not to build this walk in view of the cost 
involved. 


The Engineer also reported on the cost to construct a pedestrian walk 
along the Oregon Coast Highway at Seal Rocks. He said that investigation re- 
veals that the people of this place want a footpath 1.2 miles in length, which 
will require considerable grading, consisting of high cuts and fills, which he 
estimated would cost about $10,000.00. The Commission considered that the vol- 
ume of pedestrian traffic that would use the walk would not justify the expense 
and accordingly denied the request. 


Reconsideration was given by the Commission to the request of the peo- 
ple of Gearhart and Seaside for the construction of a pedestrian sidewalk be- 
tween these two towns. The Engineer advised that, as previously instructed by 
the Commission, a further survey of the project has been made with a view to de- 
termining whether or not the volume of traffic that would use the walk during 
the summer season would justify the expense of the walk. Investigation reveals, 
he said, that there is considerable pedestrian traffic, but what ‘is more impor- 
tant is the large volume of vehicular traffic over this road, which pedestrians 
must use between these two places. He estimated the cost of the footpath at 
about $6,000.00, and recommended approval of the expenditure. After discussion 
the Commission approved the recommendation by unanimous vote and authorized con- 
struction of the walk in 1941, the work to be done either in connection with 
some other highway construction project in that vicinity or as a separate proj- 
ect, whichever method is cheaper. 


Matters pertaining to the Annual liceeting of the American Association 
of State Highway Officials which is to be held in Seattle on September 16 to 19, 
inclusive, particularly the selection of employees who are to represent the 
State Highway Department at such meeting, had the attention of the Commission. 
The Engineer gave as his thought that, in view of the fact that Chairman Cabell 
is President of this Association and that the state expense of having a good 
representation at this meeting would not be great, the Oregon Highway Department 
should be well represented. He recommended that all members of the Canmission 
and 17 members of the Highway Department be allowed to attend this meeting at 
state expense, and that state highway department cars be provided for transpor- 
tation. After discussion the Commission approved the recommendation unanimous- 
ly subject to further approval by Governor Charles A. Sprague. The Commission 
left it with the Engincer to select the personnel, it being understood that those 


Section, Hwy., and Owner Purpose Acres Approximate Amounts 


8302 


-Falk, Erwin F. sq.ft. Parker 
8300-Neville, Frank L. 1574 sq.ft. sq.ft. n 
8301-Conn, Joseph G. bd 1560 sq.ft. sq.ft. " 
8303-Hovey, J. L. " 860 sq.ft. 29¢ sq.ft. " 
8304-Union Oil Co.of California" 2640 sq.ft. 24 sq.ft. " 

Section — Pacific hwa: 
7931-Rogers, Minnie, and 6670 sq.ft. 8¢ sa.ft., + $666.40 Collins 
Parish, Lois Maintenance Site 
t Trout Creek Section — tian nwa: 
8290-Long, Geo. i Talus Pit 4.39 $50 Lump Sun, MeChe sney 
l-yr. lease 
Cottage Grove Section - Pacific Highway 
8356-Chambers, J. H. Easement 0.066 Gratis Lytle 
Beaver Creek Section - Oregon Coast _Highw 
8361-Gilbert lena M.Estate R/W 1742 sq.ft. 2.9¢ sq.ft. McChesney 
South Marshfield Section - Oregon Coast Highway 
8172-Evans Products Co., Inc. . 3360 sq.ft. Gratis Benson 
Easement 
North Bend~Marshfield Section — Oregon Coast Highway 
80a8—Bennett Trust Company R/W Undivided = interest in 133 sq.ft. 
at 20¢ sq.ft. Collins 
8288-Port of Coos Bay Easement lilot Gratis " 
8287-~Port of Coos Bay " l lot Gratis * 
8075-Hillstrom, Rudolph R/W 1073 sq.ft. at 15¢ sq.ft. " 
808R8A-—Bennett Trust Company " Undivided 3 interest in 909 sq.ft. 
at 20¢ sq.ft. " 
8259-Chesik, Anastatia B.ct al " 18,377 sq.ft.at 4¢ sa.ft., + $25, + 
low bid for moving 
bldgs. & service sta- 
tion (est. at $1200) " 
8077-Doane, Chas. " 1065 sq.ft. 10¢ sq.ft., + $15 (Collins 
(Landon 
8078-Cox, Eugene " 3985 sq.ft. 10¢ sq.ft. " 
8086-Madden, Lillian i. " 2287 sq.ft. 20¢ sq.ft.,+ $3542.60 " 
8062-Port of Coos Bay " 6548 sq.ft. 10¢ sq.ft., + $50 Collins 
8253-Davis, Alvin " 4750 sq.ft. 5¢ sq.ft. " 
8081-Brewer, John W. " 3388 sq.ft. 15¢ sq.ft. 
8091-Condron, Ivy, and n 3241 sq.ft. 20¢ sq.ft.,+ $2351.80, 
Curtis, G. W. + 1250 sa.ft., Lot 12, 
Blk 42, to be deeded " 
8088-Coos County " Undivided 1/6 interest in 133 sq.ft. 
" 


Gratis 
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Section, Hwy., and Omer Purpose Acres 


‘ 
8260-—Conway, Morrison A, We 0.8 


8260-Conway, Morrison A. Esmt., Haul Rd.20 ft. 


8260-Conway, Morrison A. Esmt., drainage 1.19 
831l—Reed, Edw. C. R/W 2.46 


Wolf Creek Section - Wolf Creek Highway 
7401B-Koster Products Co. Danger Trees 


-C Rive 
7697~Kenney, Dan J. 


Approximate Amounts Agent 


$15 per a. 

Gratis - 1 yr. 
Gratis (permanent ) “ 
$15 per a. y 


McChesney 
ft 


Right to clear danger trees, Parker 


$1.00 


$10 for securing deed to clear title Schannep 


West Port T t tion — West Po da a Highwa: 
4032-Coleman, R. V. R/W 1.137 $250 "te a. + fenc- 
eS 


507i-Graham, Yim. Le 


40 


Wy 


: est 
6 i. $25 oe = 


Southern Pacific Overcrossing Section - Cascade Heivar 
8239-Wartenweiler, Veronica 0.03 $5 Lump Sun 


8238-McBride, D. B. " 0.31 
8245A-Leuenberger,Fred & Marie " 1.62 


s cH 
7424-Whitman, J. N. 0.19 


Tigard Section —Faeitie Highray Rest 
7810—Johnson, Emil A. 0.04 


(Correction) 


7000-Franciscan Fathers of R/a 
California (Correction) 


Tt-Sout aa 
8369-Saxton, E. li. Borrow Pit 
8367~Pugsley, Arthur I. " " 1 lot 
8368-Davis, Loretta J. 9 % 
8366—Blain, L.E. & Mary Me " " 2 
8364-Gauntlett, Harry W. 
8365-Smith, A. i. " 
8362-Tobin, J. J. " 
8363-Wilson, E. E. " 

em- e Creek tion - ck 
5570-Miller, Edw. A. 


Swisshome Section - ees 7, 
8314—Peckham, iH. 0.083 


MUG 22 1940 


205 sq.ft. 2 


2 lots 


2 lots 


$322.50 per a., + $32.50 
for moving fence 
$550 per a., + fenc- 


ing $109 
$40 Lump Sum 


$1, 000 per as 

of sq.ft., & State to 
convey 701 sq.ft. at 

23¢ sq.ft. Collins 


23 sq.ft. Land Gratis, + $35 ° 


$1 Lump Sum 
$1 
$1 
$1 


Easement 685 sq.ft. $1 
6051 sq.ft. $1 
1032 sq.ft. $1 
522 sq.ft. $1 


1) sq.ft. Land $2.50, + $30 McCallister 


$50 Luap Sum Lytle 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 
(Coguille Section continued) 


7941-Folsan, R. E. Esmt. 483 sq.ft. Gratis lytle 
7943-Ashton, C. W. " 350 sq.ft. " bd 
7944-Stonecypher, E. A. " 350 sq.ft. " " 
7945-Chase, Inez R. bd 350 sq.ft. " " 
7946-Waltermier, James ® 511 sq.ft. " " 
Canyonville-Days Creek Section - Tiller-Trail Highway 
8355-Weaver, Ralph F. Stock Pile 0.57 $87.70 per a. Lytle 
Veneta-Anlauf Section ~ Territorial Highway 
£299-Swenson, Roy Stock Pile 0.5¢ $100 ner a., Lytle 
$60 Lump Sum 
P, t = w Highway; 
7820+Pope, Martha A. R/W 0.69 Land $25, + $5 Collins: 
(Correction) 


F h Falls-Lakeview 
7581-Favell—Utley Realty Co. 8.11 $10 per a. Benson 
7582-Stevens, Geo. H. ® 9.27 2.76 a. at $75 per a. 

6.51 a. at $25 per a., 

: + $1180.25 ° 
7588-Sanderson, H. H.- " 5.26 $25 per a., + $57 " 
7589-Baldwin, F. Zim, and " 1.22 $75 per a., + $70.85 " 

Fuller, J. S. 
7590-Roberts, Elwood W. " 4.63 $10 per a. n 
7592-Roberts, Elwood W. " 3.37 $15 per a. " 
7583-Friend, Wm. E. " 0.65 $10 per a. " 
7586-Lee, W. T. * 1.44 $10 per a. bd 
7580-Lake County " 7.94 Gratis " 
7591-Wright, Carolyn " 0.04 $2.50 Lump Sum " 
7579-lMadison, Ollie " 6.12 $10 per a. " 
Klamath Falls-Merrill Section - Klamath Falls-lalin ighway 
7564-Semon, Henry R/W 0.22 Land Gratis, + $150 Parker 
7561-Whitlatch, W. V. " 0.20 $150 per a., + $27.75 " 
7562A-Fleming, R-. L. " 0.24; $150 per a., + fenc- 

ing $24 ° 

7562-Dixon, Percy sd 0.335 $150 per a. 

; 0.135 $300 per a., + $111 " 

0.470 
Klamath Falls-Lakeview Section - Klamath Falls-Lakeview Highway 
4729-Lake County W 0.68 Gratis Martin 
4728-Lake County ® 0.68 " " 
a Creek-Heppner Section — Wasco-Heppner Highway 

7539-Jones, Alva W,. & Hanna R/ 0.10 Land Gratis, + $55.50 
7537-(Luper, James N.) and Land Gratis, + Gardiner 

Babb, Lita King " 0.10 fencing, $86.25 * 


(Continued on next page) 
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Acres Approximate Amounts 


8094-Reilly, Geo. i4 2156 sq.ft. 10¢ sq.ft. 
8254-Doane, C.F. and 
Gerding, “m.A., et al, 4750 sq.ft. B¢ sq.ft. (Collins 
Coos County (Landon 
8218-Cox, Eugene 1061 sq.ft. 10¢ sq.ft., + $60 
8251-Christiansen, Emil 2375 sq.ft. $5 Lump Sun 
cose oe L. P. 7571 sq.ft. 12¢ sq.ft., + $700, + 
8058 moving bldgs (est. $3000); 
State to convey Lots 8,9, 
10,11,13,14,Blk 18, Nasburg's 
Add. to Marshfield, cont 'g 
approx. 16,03€ sq.ft., at 
$0.5665 sq.ft. Landon 
(Collins 


#051-Hillstrom, J.W. & J.R. 1004 sq.:'t. 30¢,sq.ft.,+ $148.80 Collins 

8084-Conlogue, J. T. 4040 sq.it. 24.74¢ sq.ft. 

8089-Martin Candy Company 5650 sq.ft. 20¢ sq.ft. " 

8088A-—Coos County Undivided 1/12 interest in 909 sq. ft. 
Gratis 


8250-Strubel & Glancy hiercan- 
tile Company " 4750 sq.ft. 7.368¢ sq.ft. 
8087-Bennett, & Violet A. & 4522 sq.ft. 22.11¢ sq.ft., + $260 


Swanton, R. W. " (State to convey 
Lots 2,3, Blk 4jNasburg; 
Lot 3, Blk 43, Bennett ;Lots 
3,4,Blk 61,Bennett Add., 
Marshfield, lying out- 
side R/W Collins 


ction -— Ore t Higiwe: . 
aoee boos County 77 2 lots Gratis Benson 


(5000 sq.ft.) 
8281-Tully,, P. R. " 10,000 sq.ft. 2¢ sq.ft. " 
8282-Siglin, Michael ® 5 lots $50 per lot " 
(15,000 sq.ft.) 
8283-Mullen, Mary, Estate 11,945 sq.ft. 3¢ sq.ft. 
5,000 sq.ft. 2¢ sq.ft. 
16,945 
ction - Cc 
8188-Coos County-Channel Change Esmt. 7710 sq.ft. Gratis Gardiner 
7857A-State Highway Com.-Moving Bldg.from Lot 4, Blk 8, Bandon (low 


bid) $475 Parker 
Coquille Section — Oregon Coast Highway 
7938-Alley, L. V. Bsmt. 144 sq.ft. Gratis 
7939-Coos County u 1800 sq.ft. " 
7940-Danielson, Richard " 521 sq.ft. " 


(Continued on next page) , 


AUG 21 1940 


Section, Hwy., and Owner Purmose Acres Appreximate Amounts Agent 
—Buc ction - Central Oregon dighwa: 
8286-Myers, Alice Evans Stock Pile 2.06 $10 Luap Sum Parker 
ni = s Section — Central Oregon Highwa 
8285-State Land Board Stock Pile 1.03 75 per a. Parker 
8305-Krueger, Bertha Quarry and (10.00 $10 per a. 
Haul Rd. (1.75 $10 per a. " 
11.75 
Rane e ill] Section - Central Oregon Highwa, 
8313-State Land Board R/W 25.39 $2.50 per a. Parker 
Brookings Section ~ Oregon Coast Highway 
7698-Arnold, H. F. R/W 0.16 $20 Lump Sum for the 
land, + fencing Collins 
7699-Semon, C. J. “ 52 sq.ft. Gratis bg 
7713-Steeves, Kathleen A. " 16 sq.ft. Gratis " 
7709-Howell, James E. " 817 sq.ft. $35 Lump Sum " 
Slope Esnt. (10 ft.) 
7711-Grigollo, Enna R/T 1566 sq.ft. 44 sq. ft., + $275 " 
7988-Ask, Thor V. " 2299 sq.ft. 4f sq.ft., + $184. + 
Slope Esmt. moving & re-establish'g 
service sta. (Est.3950) " 
7712-Heiberger, Waura i.&G.J.R/¥ 2065 sq.ft. Gratis " 
7735—Delcur Corporation " 2344 sq.ft. Gratis " 
7715-Hogan, R. R. " 2007 sq.ft. 4f sq.ft., + $170, + 
moving bldg (Est.$700) " 
7710-Weter, H. P. * 1851 sq.ft. Land Gratis, + moving 
laundry (Est. $1200) " 
7703-Harris, Jas. A. " 2022 sq.ft. Land Gratis, + moving 
bldgs (ist. $1500) " 
7701-Kile, Leavenworth " 6760 sq.ft. 4f sq.ft., + 91,229.60 " 
7702~Cascad, Chas. M. " 6542 sq.ft. 4¢ sq-ft., + $533.32 " 
7708—Mosier, J. W. " 256 sq.ft. $50 Lump Summ " 
771l4-Langfield, Karl C. " 29 sq.ft. Gratis " 
7716-Reese, A. B. " 923 sq.ft. 4f sq-ft., + $413.08, & 
State is to deed unused 
portion Lot 3, Blk 25, 
Brookings, consideration 
$100, to be deducted " 
7717-lWosier, J. W. " 864 sa.ft. 4¢ sq.ft., + $115.44 " 
7720-Campbell, H. W. " 5911 sq.ft. (23¢ sq.ft)$150 Lump Sun " 
8022-Brookinzs Land & Town- tt 1622 sq.ft. $100 Lump Sum " 
site Company 
7706-Crissey, W. L. " 4755 sq.ft. State to deed land lying 
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in Lots 1,2,3,4,Blk 15, 
outside R/W,approx. 20 
ft between Blks 12 & 15, 
+ moving bldg. (Est. 
$1800, low bid 


Section, Hwy., and Omer Acres 


Purpose 


Creek-He r Section, continued 


7532-Wright, A. E. 5 0.10 


7533-Rugg, Edward E. " 0.10 


7535-Wright, Harold A. e 0.01 
7534-wright, Harold a. ® 


7536—Peters, Jos. T. 


0.10 


0.210 


5 56 
5.66 


R/W, Quarry 


7538-Willow Lodge IOOF #66 
(Hendryx Estate) 0.10 

e Section - 
Slope Esmt. 


ver-. 
7610-Brink, M. W. 


John Day-Prairie City Seetion ~ John Day Highway 
Damages caused by lowering grade of Main 


8384-Johnson, A. I. 
Street in Prairie City 


e Section — 
W 3.37 

3.15 

3.27 

0.37 

(1.97 

(1.38 

3-35 

1.79 


8213-Montgomery, T. G. 
8211-State Land Board 
8214-Widman, Frank 
8215-Phillips, Lulu i. 
8212-Snyder, Wm. 


8209-Peyronne, Henry L. 


hw: 


ys Ranch Section — Old on Tra 
: 0.81 


7878-Troy, Mary WT 


t Kimbe nt Section + Monument | 
7924-State Land Board R/d 0.72 
7920-Simas, Joe li. " 2.11 

(Hewlett, Thos, A.) 
7921-Simas, Joe M. " 1.93 
Rive tts 
6902-Blackwill, Jas. 0. 


te -O.N. 


1.91 


ction —- 
R/W 


tion - Old 
R/W 


a rero on Tr 


7393-Amalgamated Sugar Co. 
1222 


1940 


hoco Highwa 
350 sq.ft. Gratis 


493 sq.ft. 
729 sq.ft. 


Approximate Amounts Agent 


Land Gratis, + fene- 
ing $9 Gardiner 
Land Gratis, + $7.50, 
+ moving bldgs $750, 
+ $3.75 
Land Gratis, + fenc- 
ing $9.75 
Land Gratis, + fenc- 
ing $33.75 
Gratis 
$10 per a., + fencing 


Land Gratis, + fenc- 
ing $53.25 


$100 Lump Sum Williams 


er—Home stead Highwa’ 


$5 per a. 
$2.50 per a. 
$5 per a., + $70.25 " 
$5 per a. ° 
$5 per a. 
$75 per a., + $219.15, 

+ fencing 
$5 per a. 


Gardiner 
" 


$100 per a.,+ fencing Wells 


hwa: 
$3.47 per a. 
$5 per a., + fencing 
$96, + $7.50 s 
$5 per a., + fencing 
$94, + $7.50 


Gardiner 


hwa, 


$6 per a., + $30 Martin 


sq.ft. 
2.8e¢sq.ft., + $1,950 Parker 
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noon before the day of the letting. If they are not received in 
Salem by that time they will be returned to the bidder unopened." 


Bids as follows for highway construction projects were then opened 
and read in conformance with previously published notice, following which 
Chairman Cabell announced that the award of contracts would be made at 2:00 
p. m. in the same room: 


OREGON COAST HIGHWAY 
BUNKER HILL SECTION - EXCAVATION FOR SLIDE DRAINAGE DITCH 


Martin Petersen $ 8,950.00 
River Bend Sand & Gravel Company 10,967.50 
Leonard & Slate 11,150.00 
Coos Bay Dredging Company 11,860.00 
H. B. Klineline 14, 350.00 


OREGON COAST HIGHWAY 
BROOKINGS SECTION — GRADING AND BITUMINOUS MACADAM SURFACING 
ALSO FURNISH CRUSHED GRAVEL IN STOCK PILES 


A. Milne $57,089.50 
Homer G. Johnson 58,213.50 
E. C. Hall Company oy 58,635.50 
leonard & Slate 64,037.50 
Coos Bay Dredging Company 65,706.65 
Scheumann & Johnson 84, 397.00 
Josenvh Shaw 85,047.00 


SAMS VALLEY AND PACIFIC HIGHWAYS 
GOLD HILL ROCK PRODUCTION PROJECT 


R. I. Stuart & Sons $18,940.00 
ii. C. Lininger & Son 19,080.00 
A. S. Wallace 21,100.00 
E. C. Hall Company 21, 845.00 
Rogers Construction Company 21,930.00 
Clifford A. Dunn 23,850.00 
Homer G. Johnson 24,675.00 
CRATER LAKE HIGHWA: 
LITTLE BUTTE CREEK-CASCADE GORGE SECTION 
FURNISH CRUSHED GRAVEL IN STCCK PILES 
R. I. Stuart & Sons $18, 425.00 
A. S. Wallace 21,530.00 
Rogers Construction Company 21,582.00 
Homer G. Johnson 22,650.00 
E. C. Hall Company 22,660.00 
) Clifford A. Dunn 24,260.00 
AUG 22 1940 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


(Brookings Section continued) 
7700-Brookings Land & Town- R/W 2.56 State to pay taxes $97.73 
site Canpany 17,251 sq.ft. " os " $420.62, 
+ $700 
11,048 sq.ft. State to pay taxes $152.65 
9,852 sq.ft. Gratis, + moving theatre 
deed portion Lot 3,Blk 4, 
parts Lots 1 to 12,inel, 
Blk 12,lying north re- 
located R/¥; also portion 
vacated street between 
Blks 12 & 15, not needed 
for R/W Collins 
7707-Pedrioli, Fanny Trimble " 11,683 sq.ft. 4é sq.ft., + $3,197 ) 


Albany Section ~ Pacific Highway Bast 
8382-Maxwell, John Slope Esmt. Gardiner 
& Channel Change 0.02 Land Gratis, + fencing 


Siskiyou-State Line Section - 7 Highway 
8358-Coggins, Arthur L. R 10.86 $400 Lump Sum. Benson 


The Commission adjourned at 6:00 p. m., to reconvene on the following 
morning in the auditorium of the Public Service Building. 


Portland, Oregon, August 22, 1940 


The State Highway Commission reconvened in regular session at 9:00 
a.m. in the auditorium of the Public Service building. Present were: 


Henry F. Cabell, Chairman 

Huron W. Clough, Commissioner 

Herman Oliver, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


Chairman Cabell made the following public announcement: 


"We again have information to the effect that there are one or 
two bids in our’ custody in the Salem office, which bids are now on 
the way up here by messenger. We will once more open and read these 
bids, even though all of the bids for the particular projects they 
are for have been read before they arrive. We have always requested 
that bids be sent here. If they are sent to Salem hereafter they 
will have to be mailed in time to be received in Salem on the after- 


SPRAY-WATERMAN ROAD 
RECONSTRUCTION OF JOHN DAY RIVER BRIDGE, NEAR SPRAY 


Averill & Corbin $ 5,468.00 
W. H. Philpott 6,056.50 
McNutt Bros. 6,380.00 


County Judge Nelson B. Higgs of Harney County was present and in- 
quired what action has been taken by the Commission on the request of the peo- 
ple of Burns for footpath construction along the Burns-Hines ill Section of 
the Central Oregon Highway for the benefit and safety of children and others 
who frequent the swimming pool at Hines Mill. He was informed that the Commis- 
sion discussed this matter on the previous day and decided not to build this 
footpath because it is an expensive undertaking and the Commission does not 
feel that it can spare funds for the purpose. Judge Higgs inquired whether 
the Commission would consider the project if the towns of Burns and Hines Mill 
would pay a portion of the expense. The Commission took no action on such sug- 
gestion. 


Judge Higgs also inquired when the Commission expects to call for 
bids for the construction of the Wright's Point-Narrows Section of the French- 
glen Secondary Highway south of Burns. He was informed that the contracting 
of this work is dependent upon the Federal Government's approval inasmuch as 
federal funds are to be used to finance the work, and that the Commission will 
advertise this project for bids to be received at its meeting in October, if 
such government approval has been obtained in the meantime. In any event, the 
Commission will place it under contract as soon 4s possible. 


In this connection Judge Higgs advised that the Hanley Lane Section 
of this secondary highway is badly in need of resurfacing, as under present 
conditions it is difficult to maintain travel over the road during the winter 
season. The Commission expressed regrets that its finances will not permit 
the reconstruction of this section this year; however, instructed the Engineer 
to do what is necessary to maintain travel over the same during the winter 
months. 


Judge Higgs also asked for the improvement of the first four or five 
miles of the Diamond Valley Secondary Highway south of Crane. The Commission 
agreed to keep the project in mind. 


Judge Higgs brought up for discussion the matter of maintaining a 
directional sign on private property adjacent to the Old Oregon Trail near its 
junction with the Central Oregon Highway just south of Cairo. He said that in 
an endeavor to increase travel over the Central Oregon Highway a number of com- 
munities along this route have made arrangements to maintain a sign at this 
junction point and would like now to secure the Commission's approval to the 
wording of the sign. He submitted a rough diagram of the sign with the pro- 
posed wording that will appear thereon. The Commission refused to approve the 
wording upon advice from the Attorney that it does not comply with the legal 
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KLAMATH FALLS-MALIN HIGHWAY 
RECONSTRUCTING HENLEY FLUME AND WIDENING U.S.R.S. DIVERSION CANAL BRIDGE 


Angelo Doveri $ 8,143.50 
Clifford A. Dunn 

W. D. Miller Construction Company 

McNutt Bros. 10,372.50 


PACIFIC HIGHWAY 
CONSTRUCTION OF REINFORCED CONCRETE BRIDGE AT ALBANY 


Barham Bros. $12,238.00 
Frank Watt 12,750.00 
licNutt Bros. 12,904.00 
Averill & Corbin 13,040.00 
Birkemeier & Saremal 13,590.00 
Clifford A. Dunn 13,932.00 
Tom Lillebo 14,658.00 
Jacobsen-Jensen Company 16,600.00 


WaSCO~HEPPNER SECONDARY HIGHWAY 
EIGHTMILE-DRY CREEK SECTION - GRADING, SURFACING, OILING; CRUSHED ROCK 


Babler Bros. $43,089.00 
Edwin Cc. Gerber 44,420.00 
Norris Bros. 44, 893.00 
Fisher Bros. 44,896.70 
Clifford A. Dunn 47,489.00 
R. O. Dail & Warren Bros. 48,043.50 
E. C. Hall Company 50,004.00 
Max J. Kuney 50,495.60 


WARM SPRINGS HIGHWAY 
FOREST BOUNDARY-—WARM SPRINGS RIVER SECTION — GRADING 


Colonial Construction Company $76,027.00 
M. L. O'Neil & Son 83,872.50 
Leonard & Slate 87,665.50 
Berke Bros. 89,298.00 
E. C. Hall Company 94,529.50 
G. D. Lyon & Company 95,765.50 
E. L. Rigdon 97,241.00 
C. J. Eldon 97,244.50 
J. A. Lyons 99,963.00 
Sam Orino 102,908.50 
Clifford A. Dunn 107, 626.50 
A. C. Greenwood Company, Inc. 109,978.00 
McNutt Bros. 115,873.00 
E. L. Gates 121,514.90 
J. C. Papin 122,057.50 
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Judge Allen presented to the Commission a petition signed by numer- 
ous citizens of Deschutes County requesting the oiling of a 33-mile section of 
the Cline Falls Secondary Highway north of Tumalo, and the oiling of the 4- 
‘mile section of the Tumalo-Deschutes Secondary Highway from Tumalo to a connec- 
tion with The Dalles-California Highway. Judge Allen urved approval of this 
request. The Commission took the matter under advisement. 


County Judge W. R. Cook and County Commissioner F. E. Stangland, of 
Jefferson County, were present in regard to additional construction on the 
‘Jarm Springs Highway between ‘/arm Springs Agency and the “iapinitia Highway 
Junction. They urged the Commission to expedite construction of the northerly 
end of this section as much as possible. They were informed that the Commis- 
sion is proceeding as rapidly as it can with this road and is as anxious as 
the County Court for the early completion of the same; also, that it is simply 
a question of availability of federal funds to finance the work. Judge Cook 
then thanked the Commission for placing this road on the federal aid system. 


County Judge J. H. Allen of Grant County was present and expressed 
the desire of the citizens of Grant County to entertain the State Highway Com- 
mission on its proposed trip into Eastern Oregon. Chairman Cabell thanked him 
and advised that the Commission would be pleased to accept, if possible. 


Judge Allen then brought up for discussion the need for the improve- 
ment of the Blue Mountain Springs-Prairie City County Road. He said that this 
road is in poor condition and they would like to have it placed on the state 
secondary highway system so the state could improve it. Otherwise, he said, 
the caunty would have to resurface the road, which is quite a problem to the 
county in view of its present financial condition. The Commission took no ac- 
tion on the matter. 


The Engineer presented a list of construction projects, being a par- 
tial list of projects proposed for letting at the next regular meeting of the 
Commission. After due consideration, the Commission approved the following 
projects and authorized the Engineer to advertise then for bids to be received 
at such meeting: 


Blalock-Lang Canyon, Grad., Surf., & Bit. lac. 40 FA $145, 000 
Warshfield-Bunker Hill, Grad. & Pav. °40 FA 46,000 
North Marshfield Section, Grad. & Pav. 41 FA 65,000 
Goose Rock Section, Grad., Surf. & Bridge 41 FA 45,000 
Troutdale-Cmeonta, Riprap & Topping 41 FA 107,000 
Okerman Ranch-Sage Hen Hill, Grad., Surf., & Oil 41 FA 98, 300 
Siletz-Toledo, Grad., Surf., & Oil 39 FAS 33,000 
Kinberly-Simas School (J.Unit), Grad. & Surf. 40 FAS 22, 000 
“rights Point-Narrows (N.Unit), Grad. & Top. 40 FAS 15,200 
Joodburn-Rock Creek, Surf., Oil, & Rock Prod. 40 FAS 21,500 
Waseo County Line-iiadras, Rock Prod. State 13,400 
liosier-Seufert, Rock Prod. State 15,600 
Tillamook Rock Production Project State 13,700 
ud Hollew-Oak Creek, Grad., Surf., & Oil 41 FAS 30, 000 


The Attorney brought up for discussion the question of permitting 
property owners to maintain electrically charged stock fences along highway 
rights of way. He said that ordinarily these fences do not carry sufficient 
voltage to do any harm to peeple or stock coming into contact with them but it 
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requirements. Judge Higgs was informed that the Commission is reluctant to ap- 
prove the erection of privately owmed directional signs along state highways, 
and its policy in regard thereto is to oppose the maintenance of such signs un- 
less they are worded strictly in conformance with the legal requirements. 


A delegation from Deschutes County, consisting of County Judge 
Charles L. Allen, County Cammissioncr William Baer, and licKinley Stockton, Gen- 
eral Superintendent of the Oromite Company, came before the Commission and re- 
quested state aid in the improvement of the county road which extends westerly 
from the town of Terrebonne and serves the Lower Bridge and Cloverdale Sec- 
tions of Deschutes County, including the Oromite plant. Judge Allen stated 
that the Oromite Company's plant was burned down a short time ago and that there 
is some question as to whether it will be rebuilt, although the chances are 
quite favorable to that end if the company is assured of a good road over which 
to transport its products. He asked the Commission to oil the road as a federal 
aid secondary highway project and offered county cooperation by way of grading 
the road and making it ready for the oil treatment. Furthermore, he ‘stated, 
the county will pay all of the costs of th- inprovement that cennot be peid with 
federal money. Mr. Stockton confirmed Judge Allen's statement as to the prob- 
abilities of the Oromite Conpany rebuilding its plant. He gave statistics as 
to the company's operations including annual expenditure by the conpany for 
pay rolls, taxes, et cetera. The cost of transporting their products over the 
existing road, he said, is extremely high because of the poor condition of the 
road and he gave as his thought that if the company were assurcd that the road 
would be improved 4t would rebuild th: plant and resum: operations, particular- 
ly because such improvement would cut down its transvortation costs consider- 
ably and would place them in line to meet the existing strong competition. 


Chairman Cabell advised that the federal aid secondary highway funds 
are the only funds that can be used by the Commission to finance this work and 
that the Canmission is not in position today to give a definite answer but will 
do so as soon as investigation is made by the Engineer, and the Commission pass- 
23 on his report. Commissioner Baer asked the Commission to make its decision 
before the first of Novenber so that the county can make provision for the coun- 
ty's share of the cost in the county budget which will be prepared at that time, 
The Commission agreed to do this and instructed the Engincer to make his re- 
port to the Commission ,t its mecting in October. Judge Allen filed with the 
Canmission a letter from th Bend Chanber of Commerce advising that the Bend 
Chamber of Comnerce and the Redmond Chamber of Commerce are heartily in favor 
of the imorovexent of tris road. , 


Judge Allen also asked the Commission to Place the Butler warket Road 
on the state highwa.* system, inasmuch as this road is now oiled throughout its 
entire length and provides a shorter route into Bend from the Powell Butte dis- 
trict than is now afforded by the Powell Butte Secondary Highway. He suggest- 
sd that the Commission take over this road and remow: from the state secondary 
highway system that portion of th Powell Butte Secondary Highway which extends 
from the Central Oregon Highway northerly to the point “here it connects with 
the Butler Market Road; in other words, that the Commission trade the latter- 
aentioned seetion, which is 3 miles in ler.:th, for the Sutler Market Road, which 
is 6 miles in length. The Commission took the matter under advisement. 
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) A letter was presented from the General Construction Company, con- 
tractors for embankment construction and culvert pipe instaliation on the 
Troutdale-Dodson Section of the Columbia River Highway, State iighway Contract 
No. 2320, with reference to the executing of a form of indemnity agreement and 
the furnishing of a bond to the Union Pacific Railroad Company and the Western 
Union Telegraph Company in the amount of $20,000.00 to insure compliance with 
the provisions of the Highway Commission's encroachment agreement with those 
companies in connection with the above-mentioned project. According to the 
letter, which was signed by H. A. Dick, Vice President of the General Construc 
tion Company, the agreements have been signed by the contractor and returned 
to the railroad and telegraph companies for further execution. Mr. Dick also 
explained that, in addition to the bond asked for, the contractor has secured } 
a contractual liability policy from the United States Fidelity and Guaranty % 
Company in order to protect the contractor against the added liability assumed 
by reason of the signing of the aforementioned agreements. He is asking the 
Highway Commission to pay the premium on the bond, in the amount of $200.00, 2 
and the premium on the contractual liability policy, amounting to. $240.95, or r 
a total of $440.95. The Engineer advised that the contract with the General 
Construction Company did not. include provision for the furnishing of this bond 

) and insurance, and it was his thought that, inasmuch as the contractor did not : 

have the benefit of this requirement in submitting his bid for the work, it i 
would be only fair for the state to assume this expense, and he so recommended. 
The Commission approved the recommendation. 


The Engineer reported the results of the study on the recommenda- 
tions submitted by the committee that was appointed by the Commission to select 
locations along the Old Oregon Trail for historical markers. He recommended 
the installation of 25 markers, as a start on this program, and estimated the 
cost of the same at $2,600.00. He also submitted a design for a standard mark- 
er, as prepared by the Highway Department's architect, which sign is to bear 
appropriate historical information relative to the site upon which the marker 
is located. After discussion the Commission by unanimous vote approved the de- 
sign and authorized the Engineer to proceed with the erection of the 25 mark- 


ers as recommended. 


The Engineer requested authority to purchase the following equipment : 


12 trucks of Mack and Federal type - 12 old trucks to be traded in 
as part purchase price, Estimat« 1 total cash outlay $39,690.00 


13 snow plows for use on Walters trucks. Estimated total cost 
$6,000.00 


20 modern push-type plows. Estimated total cost $7,000.00 
6 air compressors. Estimated total cost 41,050.00 


1 laboratory crusher. Estimated cost $250.00 


After careful consideration the Commission approved the request by unanimous 


has been brought to his attention that there is a possibility of harmful ef- 
fects in the event something should go wrong, and in view thereof he ques- 
tioned the advisability of permitting such fences along the edge of the right 
of way without first notifying the proverty omers that the Highway Commission 
will not assume any responsibility or liability in connection with any acci- 
dents that might result therefrom. He suggested the preparation of a circular 
letter to that effect, same to be distributed to the property owners through 
the offices of the Division Engineers, After discussion the Commission decid— 
ed to allow the erection of such electrically-charged fences along the highway 
rights of way provided the property ower will assume all responsibility for 
accidents that may result therefrom. The Attorney was instructed to prepare 
and distribute the circular letter in accordance with his suggestion. 


The Engineer reported receipt of information fron the Secretary of 
Oregon's “iorld's Fair Caumission to the effect that the Fair Commission will 
pe unable to meet its pay roll for September and to promptly meet other ex- 
pense incurred unless some means are found for considerably expediting pay- 
ment of the Highway Commission's share of this cost. He sugzested that, in 
order to assist the Fair Commission, the Highway Commission follow the same 
procedure in the payment of the salaries of the Fair Commission employees as 
is now being followed in paying the salaries of employees in the State Pur- 
chasing Department; also, that reimbursement to the Fair Commission for the 
cost of supplies and other expense be made by paying the vouchers from the Re- 
volving Fund instead of through the usual channels, as is now being done. The 
Attorney advised that such procedure is in conformity with the agreement be- 
tween the dighway Canmission and the Fair Conwission and that the Commission 
can approve this method of payment if it so desires. After discussion the Com- 
mission approved the Engineer's suggestion by unanimous vote, subject to the 
condition that the amount to be paid do not exceed the total amount that the 
Highway Commission has agreed to pay for this undertaking as set out in the 
said agreement. 


The Commission discussed the matter of installing flashing beacons 
on the 2acific Highway at the intersection of Fourth and B Streets in the city 
of Drain. The Engineer advised that this is a dangerous intersection and, in 
his estimation, the beacons should be installed as a safety measure. He es- 
timated the cost of the installation at $250.00. The Comnission approved the 
recommendation. 


The Commission also discussed the matter of installing lights on the 
Willamette River Bridge and on the uary's River Sridge, in Corvallis, as has 
been requested by the City Council, which has agreed to pay the cost of main- 
taining and operating the same. The Engineer advised that this matter has been 
investigated and it has been recommended by the Traffic Engineer, in which rec- 
omaendation he concurs, that sodium vapor lights be installed on these bridges. 
He estimated the cost of installing 5 sodium vapor lights on the Willamette 
River Bridge at $950.00, and 2 similar lights on the «arv's River Bridge at 
£475.00. The cost of operating these lights, he said,is estimated at $131.00 
and $52.00 annually, respectively. After discussion the Commission by unani- 
mous vote approved the installation of lights on both bridges at state expense, 
provided the City of Corvallis will agree to pay the cost to maintain and oper - 
ate then. 


Homer G. Johnson, Portland, in the amount of $58,213.50. The Commis- 
sion awards the contract to A. ifilnme, the low bidder, at his bid of 
$57,089.50. 


"Gold Hill Rock Production Project on the Sams Valley and Pacif- 
ic Highways, in Jackson County. The low bid for this project was 
submitted by R. I. Stuart & Sons, Medford, in the amount of $18,940. 
fhe second-low bid was submitted by KM. C. Lininger & Son, Ashland, 
in the amount of $19,080.00. There were 5 higher bidders. The Com- 
mission refers all bids received for this project to the Engineer 
with power to award the contract to the low bidder When certain con- 
ditions have been satisfied. 


‘ “Little Butte Cruek-Cascade Gorge Section of the Crater Lake 
Highway, in Jackson County. Furnish approximately 16,300 cubic yards 
crushed gravel in stock piles. Six bids were received for this proj- 
ect, the low one being that of R. I. Stuart & Sons, Medford, in the 
amount of $18,425.00, and the second-low being that of A. S. Wallace, 
Roseburg, in the amount of $21,530.00. The Commission awards the 
contract to the low bidders, R. I. Stuart & Sons, at their bid of 
$18,425.00. , 


“Honley Flume and U.S.R.S. Diversion Canal on the Klamath Falls- 
Malin Highway, in Klamath County. Reconstruction of Henley Flume and 
widening of U.S.R.S. Diversion Canal bridge. Angelo Doveri, Klamath 
Falls, submitted the low bid for this project in the.amount of 
$8,143.50. Clifford A. Dunn, Klamath Falls, submitted the second- 
low bid in the amount of $9,260.00. There were 2 higher bidders. 

The Commission awards the contract to the low bidder, Angelo Doveri, 
at his bid price of $8,143.50. 


“Cox Creek Bridge on the Pacific Highway at Albany, in Linn 
County. Construction of 76-foot reinforced concrete bridge. The 
low bid for this project was submitted by Barham Bros., Salem, in 
the amount of $12,238.00. The second-low bid was submitted by 
Frank Watt, Portland, in the amount of “12,750.00. There were 6 
higher bidders. The Comission awards the contract to the low bid- 
der, Barham Bros., at their bid of $12,238.00. 


"Eightmile-Dry Creck Section of the Wasco-Heppner Secondary 
Highway, in Morrow County. 4.92 miles grading and surfacing and 
11.82 miles oiling; also furnish 1,500 cubic yards crushed rock in 
stock piles. Babler Bros., Portland, submitted the low bid at 
$43,089.00. The second-—low bid on this project was submitted by 
Edwin C. Gerber, Ore;on City, in the amount of $44,420.00. There 
were 6 higher bidders. The Commission awards the contract to Babler 
Bros,, the low bidders, at their bid of $43,089.00. 


"Forest Boundary-Warm Sprin,s River Section of the Warm Springs 
Highway, in Wasco County. 6.06 miles grading. 15 bids were submitted 


9765 


9704 


vote and instructed the Engineer to purchase this equipment through the State 
Purchasing Department in accordance with tho usual practice. 


The Engineer also recomended the purchase of a camera for the Trav- 
el and Information Department. He advised thet for the past two vears the De- 
partizent has used the privately-owned camera of iir. Gifford, an employee of 
the Travel Department, at no cost to the state. He gave as his thought that 
this is a very unsatisfactory arrangement and suggested either the purchase of 
this camera from Mr. Gifford or the purchase of an entirely new one, The Com- 
mission considered it inadvisable .to purchase a second-hand piece of equipment, 
particularly a piece of equipment that is owned by a highway department employee, 
because of the precedent that would be established. In view thereof the Commis- 
sion authorized the Engineer to buy a new camera, which he estimated would cost 
approximately $218.00. The Engineer was also authorized to pay Mr. Gifford a 
reasonable sum for the past rental of his camra. 


The Commission considered and denied a request from the 0. K. Trans- 
fer Company, Klamath Falls, for permission to transport over state highways 
from Klamath Falls to Nyssa one concrete paving machine having an overall 
height of 14 feet 8 inches, because there are several impaired bridge clear- 
ances on the route proposed and there being rail transportation available. 


The Comnission had under discussion a letter from the Pierce Auto 
Freight Lines, Inc., requesting a blanket permit to operate over the Pacific 
Highway between Portland and the California state line motor vehicle equipment 
having an overall height of 12 feet, said application being made under Section 
55-2702, Subsection B, Oregon Code 1930. The Engineer recommended approval of 
this request. The Commission approved the recommendation unanimously, subject 
to the condition that the maximum overall height shall not exceed 12 feet. 


The Commission adjourned at 12:00 noon and reconvened at 2:00 Dem. 
in the same room with all Commissioners, the State Highway Engineer, the Attor- 
ney, and the Secretary present. 


Chairman Cabell announced the following awards of contrects, bids 
for waich were taken at the morning session, such awards having been previous- 
ly approved by the Commission by unanimous vote: 


“Bunker Hill Slide Drainage Ditch on the Oregon Coast Highway, 
in Coos County. Approximately 18,000 cubic yards drainage ditch ex- 
cavation. Martin Petersen, Florence, submitted the low bid for this 
project in the amount of $8,950.00. River Bend Sand & Gravel Con- 
pany, Salem, submitted the second-low bid in thc amount of *10,967.50. 
There were 3 higher bidders. The Commission awards this contract to 
the low bidder, Martin Petersen, at his bid of 28,950.00. 


"Brookings Section of the Oregon Coast Highway, in Curry County. 
0.73 mile grading and bituminous mecadam surfacing; also furnish 
2,500 cubic yards crushed gravel in stock piles. Seven bids were 
submitted for this project, the low one boing that of A. Milne, Port- 
land, in the amount of $57,089.50, and the sucond-low being that of 
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order to secure this improvement. Chairman Cabell advised that the Highway 
Commission is cognizant of the condition of this road and will be glad to 

give it consideration in the formulation of future highway programs, and ex- 
pects to allocate funds to finance the improvement of some portion of the Ter- 
ritorial Highway whenever funds are available, although no definite commitment 
or promise can be made at this time. He pointed out that the Commission has 
only @ limited amount of funds to spend on roads of this type and must be very 
careful in the distribution thereof because there are many roads throughout the 
state in the same category and the Commission cannot improve all of them at the 
same time. He thanked the delegation for its appearance. 


A delegation from Waldport, consisting of County Judge Franklin E. 
Gilkey, Mayor Wm. F. Keady, L. J. Rickard, County Commissioner James C. Barclay, i 
C. A. Moffitt, and John Greenboen, came before the Commission in the interests 
of the Alsea Highwa. They particularly requested the completion of the une 
oiled lower end of this highway, about 16 miles in length. The Commission 
agreed to consider the project in the preparation of the next construction 
program for forest highway and state funds. Chairman Cabell explained that 
the Commission appreciates the desirability of this improvement, which has 
been somewhat delayed because of the fact that the Alsea Highway is not a fed- 
eral aid highway, hence is not eligible for federal aid funds, He pointed out 
that it is out of the question to build the road to high standards, so the 
Commission has it is mind to spend state money to improve the easterly 12-mile 
unit of this section to make it comparable to the completed improvement easter- 
ly thereof, and to program forest highway funds to finance the improvement of 
the lower Jemile section. He made it clear that the Commission has not yet 
committed itself to such a program but is considering it, and inquired as to 
whether such an improvement would meet with the approval of the people of that 
district. The members of the delegation expressed themselves as being satis- 
fied with the improvement as outlined. 


The Attorney requested instructions relative to the acceptance of de- 
ferred payments by ur. T. R. Maxwell, at Enterprise, who some time ago pur- 
chased a building from the State Highway Commission at that place. It appears 
that Mir. Maxwell agreed to pay $150.00 quarterly for this building but he be- 
came delinquent in his payments and now offers to pay $100.00 per month, start- 
ing on August 20, until the total amount is paid. The Attorney recommended ac- 
ceptance of the offer. The Commission approyed the recommendation. 


The Attorney also brought up for discussion the matter of moving 
houses from property in the Emison Addition to Nyssa, which property has been 
acquired by the Amalgamated Sugar Company in connection with the Nyssa under- 
crossing project, He said that the Amalgamated Sugar Company wants to move 
these buildings over the state highway and has requested permission so to do. 
He pointed out that if the highway has not been closed by reason of the con- 
tractor's construction work, then the State Highway Commission would be re- 
sponsible for the issuance of the permit. On the other hand, if the highway 
has been closed by the contract work, then, in his opinion, it would be in or- 
der for the Amalgamated Suzar Company to procure its permit from the contractor, 
inasmuch as the moving of the buildings would be over a portion of the highway 


for this project, the low one being that of the Colonial Construc- 
tion Company, Spokane, Washington, at $76,027.00, and the second-low 
one being that of M. L. O'Neil & Son, Eugene, at /83,872.50. The Com- 
mission awards the contract to the low bidder, Colonial Construction 
Company, at its bid of $76,027.00. 


"John Day River Bridge on the Spray-Waterman Road near Spray, in 
Wheeler County. Reconstruction of existing bridge. The low bidder 
for this project was Averill & Corbin, Portland, at $5,468.00. The 
second-low bidder was #. H. Philpott, Portland, at $6,056.50. There 
was one higher bidder. The bids for this project were received for 
and on behalf of the County Court of Wheeler County. The Commission 
therefore has referred all of them to the Wheeler County Court for 
consideration." 


A delegation from Coos County, headed by County Judge J. E. Norton, 
came before the Commission and renewed their request for the oiling of the 
Powers Secondary Highway. Other members of the delegation were Senator George 
H. Chaney and Albert Powers, of Coquille, Jess Clinton of Myrtle Point, and E. 
Hull, of Powers. They urged the Commission to oil this entire highway at one 
time rather than in deferred increments. Chairman Cabell advised that the 
prospects for oiling this highway at one time are not very good. He pointed 
out that the federal aid secondary highway funds available to the Canmission 
are very limited but the Commission intends to do a certain amount of oiling 
work on this road, although it does not know at the present time just how much 
it can do, and that the best hope for construction in the near future is to fi- 
nance it with state funds, which the Commission must be very careful in spending. 


A delegation from Newport, representing the Chamber of Commerce and 
consisting of L. C. Smith, who was spokesman; County Judge Franklin E. Gilkey; 
Mayor James F. Baird of Newport; and H. L. Hull, came before the Commission and 
urged early reconstruction of the Newport-Otter Rock Section of the Oregon 
Coast Highway. Judge Gilkey explained that they are not askingthe Commission 
to reconstruct the entire section at one time but would like to have the work 
done in sections, starting as a first project the section between Newport and 
a place known as Hutchinson's Mill. Mayor Baird stated that the City of Newport 
has in mind the improvement of Agnes Street but cannot proceed with this im- 
provement wm i] the highway has been regraded. He also urged the Commission to 
eliminate a bad dip in the Corvallis-Newport Highway near the city limits. 


The delegation was informed that the Commission would be pleased to 
give their projects due consideration in the formulation of future highway con- 
struction programs. 


A delegation from Lane County, headed by Mr. H. A. Mitchell, came be- 
fore the Commission and requested the oiling of the Gillespie Corner—Douglas 
County Line Section of the Territorial Secondary Highway. There were fifteen 
members of this delegation, including the following: Roy V. Foster, A. R. King, 
Thomas 3. Mitchell, Harold Foster, E. S. Addison, Hubert Addison, and Victor 
Chambers. They offered to aid the Highway Commission is any way possible in 
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ment because they do not wish to remove their existing railroad tracks from 
Front Avenue. Mr. Hart stated emphatically that the railroad companies do 
not want to keep their tracks on Front Avenue and they resent any statement to 
that effect; further, that the only thing that the railroad companies have 
ever told the industries located along Front Avenue is that the railroad com- 
panies could not serve them as in the past if the Front Avenue project mate- 
rialized and the railroad companies were required to vacate. 


Chairman Cabell replied that he was glad to have Mr. Hart's state- 
ment and that if Mr. Hart would give him his personal assurance that the state- 
ment is a fact, he would be glad to accept it. However, the statement made by 
himself on the previous evening at a conference with members of the City Coun- 
cil was expressed as his firm belief and it would be difficult for him to 
change his feeling in the matter; further, that it seems to him that City Com— 
missioner Bennett is acting more in the interests of the railroad companies 
than in the interests of the property owners, because, from statements that 
have been made to him, it appears that industries can be adequately served by 
some other means. 


The Attorney reported an offer from Newell Wright, Grants Pass, to 
purchase certain state-owned property at Grants Pass to allow him access to 
the highway at that place. He inquired whether the Commission wished to sell 
this property. Action on this matter was deferred pending investigation and 
report by the Engineer and the Attorney. 


) The Commission discussed the matter of reconveying unto Thos. Mf. Gil- 
christ, Albany, certain property acquired from ‘ir. Gilchrist in connection 
with the securing of right of way for the new highway through this city. It 
appears that Mr. Gilchrist owns property near the intersection of the Pacific 
and Santiam Highways and that a portion of the same is required as right of 
way for the proposed traffic separation structure at this point and that the 
Commission purchased the area needed although it was not intended to con- 
struct the traffic separation structure in the near future. It also appears 
that Mr. Gilchrist wants his property deeded back te him and is willing to pay 
the Commission the sum that the state paid him for it, because, as conditions 
now exist, he has no access to the highway. The Engineer advised that plans 
have been made for an elaborate srade separation structure at this intersec- 
tion but traffic conditions at the present timc do not justify the expensc. 

He suggested, in view of the fact that the state now owns this property, that 

it be retained and that the Commission give lir. Gilchrist temporary access to 
the highway across the same pending use of the property for state highway pur- 
poses. The Commission deferred action on this matter pendine further investi- 
gation by the Engineer. 

- 
The Commission discussed and approved the form of agreement dispos- 
ing of the claim of Bruno Huslik, Bend, for damages arising out of the con- 
struction of the Bend Undererossing Section of The Dalles-California Highway. 


The Commission discussed and denied the application of Dr. Joseph D. 
Sternberg, Albany, to purchase certain state-owned property included within 
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under control of the highway contractor and might interfere with his opera- 
tions. The Camission referred the matter to the Attorney for further investi- 
gation and to determine definitely who is responsible for the issuance of the 
permit. 


The Commission discussed a revised draft of an agreement with the 
Bonneville Power Administration covering the subject of a perpetual right of 
the Administration to construct power transmission pole lines over and across 
certain state highways. After careful consideration of the provisions of 
this agreement and assurence on the part of the Attorney that the objection— 
able clauses in the first draft of the agreement have been eliminated, the Com- 
mission approved the agreement and thereupon signed the same, 


The matter of permitting certain individuals to continue to pump 
water from one of the borrow pit lakes adjacent to the Pacific Highway near 
the Southern Pacific Overerossing at Eugene had the attention of the Commis- 
sion. The question arose whether it would be advisable to let the persons who 
are now taking water from the lake continue to do so in view of the fact that 
the water level at the lake has been lowered several feet, making more or less 
unsightly the landseaping around the lake. The Commission deferred its de- 
cision in the matter pending investigation and report by the Engineer and the 
Attorney, such report to be rendered to Chairman Cabell, who was authorized by 
the Commission to pass on the matter and to issue instructions relative there- 
to. 


The Canmission discussed briefly matters pertainimg to the authority 
of the State Parks Superintendent with respect to such of his activities as are 
mingled with federal activities in the development of state parks, but deferred 
action thereon until a future meeting. 


The Attorney reported an offer from one of the employees of the Gen- 
sral Construction Company, which is doing contract work for the state along the 
upper Columbia River Highway, to rent e dwelling situate on the Jordan proper~ 
ty, which was acquired by the Commission in connection with the acquisition of 
right of way for this highway. The Attorney advised that this man has offered 
to pay $7.50 per month rental for this building, but recommended that the re- 
quest be denied. The Commission approved the recommendation as a matter of 
policy. 


The Commission also discussed the offer of Mr. Coleman to purchase 
certain state-owned property in the wye formed by the junction of the new Pa- 
cifie Highway East and the old Pacific Highway East, near the Abernethy Creek 
Bridge in Oregon City. The Commission deferred a decision in this matter pend- 
ing personal. inspection of the premises. 


Mr. Charles A. dart, Attorney for the United Railways Company, the 
S. P. & S. Company, and the Oregon Electric Company, which are involved in the 
Front Avenue project in Portland, came before the Commission relative to an 
item in the Portland newspapers of this date quoting Chairman Cabell as saying 
that the railroad comzanies are endeavoring to block the Front Avenue improve- 
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accident that occurred on the Corvallis-Newport Highway between Corvallis and 
Philomath on July 28, 1939. After a resume of all the facts in this case, as 
previously reported, the Commission concluded that the State Highway Depart- 
ment was not responsible for the accident and thereupon, by wmanimous vote, 
confirmed its previous action denying the claim. The Sccretary was instructed 
to so inform Mr. Lee Lewis, Administrator of the estate. 


The Attorney requested authority to condemn certain parcels of real 
property that are needed for various highway purposes, particularly the fol- 


lowing: Offer 
Owner Purpose Needed Recommended 
B. W. MeVay Quarry site for Brookings $ 225.00 
(File 8292) project in Curry County 
John L. Caldwell Hauling Road for Sage Hen Hili- 10.00 
(Trustee ) Burns project in Harney County 
(File 8306) 
F. L. Clark Hauling Road for Brookings ) 
(File 8031) project in Curry County ) 
( 1000.00 
F. L. Clark Quarry sitc for Brookings ) 
(File 8031) project in Curry County ) 
) Heirs of John Troy Right of Way for Troy Ranch Sec. 1500.00 
(Tile 7877) of Old Oregon Trail, in Baker Co. 
Hcirs of John Troy Land for Channel Chang* along Troy 
(File 7877) Ranch Section, Old Oregon Trail, 
in Baker County Nominal 
wildred K. Colvin Park Site in Curry County Condemnation 
(File 7308) to clear ti- 
tle only 
Heirs of W.1I.Dishman Right of Way for Jcff-rson County 
(File 7835) Line-Prineville project, in Crook 
County $ 509.00 


Aftcr discussion the Commission approved the request and the offers recommend- 
ed. The following resolutions in regard thereto wore adopted by the Commission 
by unanimous vote: 


WHEREAS, the State Highway Commission under the provisions 
of Chapter 529, Oregon Laws, 1939, is authorizd to locate, relocate, 
construct, reconstruct, maintain, widen, straighten, and otherwise 
improve state highways, both primary and secondary, and said Commis- 
sion is also authorized to construct shops, equipment sheds, office 
buildings, maintenance sites, patrolmen accommodations, and snow 

fences, and is authorized to acquire quarry sites, gravel pits, stor- 
) age sites, stockpile sites, weighing stations, and broadcasting 


9710 


the wye connection between the old and new routes of the Pacific Highway East, 
near the north city limits of Albany, it agpearing to the Commission that this 
property is needed for state highway purposes. 


The Attorney presented a number of resolutions adopted by various 
organizations, including chambers of commerce and county courts, along the Ore- 
gon Coast Highway, in which resolutions objections were offered to the grant- 
ing of the application of the Consolidated Freightways, Iue., for a license or 
permit to carry on fast freight service along the Oregon Coast Highway between 
warshfield and Californie points, which matter is now pending before the Inter- 
state Commerce Canmission. The Commission ordered the resolutions acknowledged 
and filed. 


The Attorney presented a form of agresw nt with Peninsula Drainage 
District No. 1, Multnomah County, covering the ecastruction of a flood wall on 
the right of way of Swift Secondary Highway, in North Portland. He read aloud 
the provisions of the agreement, which were approved by the Commission by unan- 
{mous vote. The agreement was th:roupon signed by the Commission. The Com- 
mission thereupon confirmed tho resolution covering this matter which was 
adopted by the Commission at its aveting on July 19, 1940. 


Commissioner Clough brought up for diseussion matters pertaining to 

. the drainage problem of J. G. Harem, who owns property adjacent to the Pacific 

' Highway just north of Roseburg. It appears that Mr. Harem is dissatisfied 
with the action previously taken by the Commission on his request for relief 
in connection with this drainage matter, particularly the action taken by the 
Commission with respect to the construction of suitable drainage facilitics 
under his approach road to the highway. It was pointed out in the discussion 
that ir. Harem has been advised of the Commission's established policy with re- 
spect to such matters but is unwilling tc accept it, evidently from a misunder- 
standing. In order to avoid injuring lr. Harem in any way due to this apparent 
misunderstanding or lack of knowledge of all of the facts in the case, the Com 
mission decided that it would be advisable for the Attorney and the Division 
Engineer, K. D. Lytle, to call upon Mr. Harem and go over with him the entire 
situation on the ground, end it was so ordered. 


The Attorney reported on the request of Safeway Stores, Inc., for 
permission to operate over the Old Oregon Trail, between the Idaho state line 
and Ontario, certain equipment having dimensions in excess of the height and 
length limitations specified by the Oregon law. The Attorney advised that in- 
quiry reveals that the company intends to operate this oversized equipment 
over this one-mile section of the Old Oregon Trail only twice a week, which, 
in his estimation, can be classified as an occasional movement, and in vicw of 
which it would be legal for the Highway Commission to grant the permit if it 
so desired. H. recomended approval of the @ plicetion. After discussion and 
in view of the Attorney's opinion, the Commission decided unanimously to grant 
th; request. 


Reconsideration was given by the Commission to the claim of the 
Miles Houcr Otis Estate for damages arising out of th: death of Mr, Otis in an 


£uG 22 1940 


instructed and directed to make or cause to be made all surveys nec- 
essary in connection with the determination, description, and acqui- 
sition of said real property, and said Engineer is further instruct— 
ed to prepare and submit to the Legal Department necessary and ado 
quate descriptions of the said real property, which said descrip- 
tions shall be available for the preparation of any deed or deeds 

or other instrument or instruments necessary to complete the acqui-— 
sition of said property or properties, whether said property be ac- 
quired by purchase, donation, agreement, or by the exercise of the 
power of eminent domain. 


4. That I. H. Van Winkle, Attcrney General of the State 
of Oregon, and J. M. Devers, Assistant Attorney General and Attorney 
for the State Highway Commission, be and they are hereby requested, 
authorized, and directed to attempt to agree with the owner or own- 
ers and/or with the tenants or persons in possession, if there be 
any, of said parcel of land with respect to the compensation to be 
paid for the taking of the same and the damage, if there be any, and 
in the event that no satisfactory agreement can be reached, then it 
is hereby further resolved that the Attorney General of the State of 
Oregon and J. HM. Devers, Assistant Attorney General and Attorney for 
the State Highway Commission, be and they hereby are requested to 
commence and prosecute to a final determination such suit or action 
or suits or actions as may be necessary and appropriate to acquire 
title to the said premises and all rights therein for the purposes 
herein stated. 


5. That this resolution be entered in full in the minutes 
and records of tnis Commission. 


WHEREAS, the State Highway Commission under the provisions 
of Chapter 529, Oregon Laws 1939, is authorized to locate, relocate, 
construct, reconstruct, maintain, widen, straighten and otherwise im- 
prove state highways, both primary and secondary, and said Commis- 
sion is also authorized to construct shops, equipment sheds, office 
buildings, maintenance sites, patrolnen accommodations and quarters 
and snow fences, and is authorized to acquire and develop quarry 
sites, gravel pits, storage sites, stockpile sites, weighing station 
and broadcasting station sites, and is authorized to acquire, appro- 
priate and manufacture road-building materials, and is authorized to 
construct and maintain approach or hauling roads in connection with 
highway improvement; and 


WHEREAS, said Highway Commission is authorized to acquire 
by purchase, agreement, donation or by the exercise of the power of 
eminent domain real property, or any interest therein necessary or 
deemed by the Highway Commission necessary for the accomplishnent 
of any and all of the foregoing things; and 
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stations, and is authorized to acquire real property for the appro- 
priation, acquisition or manufacture of road-building materials, ap- 
proach or hauling roads or for other purposes; and 


WHEREAS, said Highway Coumission is authorized to acquire 
by purchase, agreemont, donation, or by the power of eminent domain 
real property deemed by the Highway Commission necessary for the ac- 
complishment of any or all of the foregoing things; and 


WHEREAS, in the judgnent of the Highway Commission the 
real property hereinafter described is necessary in connection with 
the acquisition, appropriation, manufacture, crushing, and other 
treatment and preparation of roadbuilding materials; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission as follows: 


1. That the Comission does hereby find and delare that 
the real property hereinafter described is necessary for the accom—- 
plishment of the purposes hereinafter declared, which said real prop- 
erty is described 2s follows, to wit: real property owned by B. W. 
McVay and located in Section 5, Township 41 South, Range 13 West, 
W.u., Curry County, Oregon, more particularly described as follows: 


A parcel of land lying in Government Lot ¢ (Mj of the 
SE4) of Section 5, Township 41 South, Range 13 West, W. M., 
Curry County, Oregon, and being 2 portion of the following 
described property: that tract of land which was conv2yed 
by that certain deed to BD. W. McVay recorded in Gook 21, 
Pages 484-485, of Curry County Record of Deeds; the said 
parcel being described as follows: 


Beginning t 2 point on the meander lino of the Chet- 
co River; said point being 1886.7 fect north and 2247.9 
feet west of the southeast corner of said Section 5; said 
point also being the northwest corner of said property; 
thenee east along the north line of said property a dis- 
tance of 170.0 fects; thence south a distance of 261.8 feet; 
thence west a distance of 188.3 feet to th: said meander 
line on the east bank of the Chetco River; thence north 4° 
00' east a distance of 262.5 feet to the point of begin~ 
ning, containing 1.08 acres. 


2. That the purpose for which the above described real prop- 
erty is being acquired is for the acquisition, appropriation, manufac- 
ture, crushing, end other treatment and preparation of roadbuilding 
materials to be used in connection with the further improvement and 
construction of the Brookings Suction of the Oregon Coast Highway in 
Curry County. 


3. That the State Highway Engineer bo and he hereby is 


is more particularly described on the attached sheet and 
designated as Parcel No. 5, and is further identified in 
the records of the Highway Commission as File R 7877; and * 


Real property owned by idildred K. Colvin, which prop- 
erty is located in Section 24, Township 37 South, Range 15 
West, and Sections 19 and 30, Township 37 South, Range 14 
West, W.M., Curry County, Cregon, which property is more 
particularly described on the attached sheet and designat— 
ed as Parcel No. 6, and is further identified in the rec- 
ords of the Commission as File FR 7308. * 


2. The particular purposes for which the above deseribed 


parcels of real property are being acquired are as follows: 


of the said described parce 


Parcel No. 1 is being acquired for the construction 
thereover of a hauling road to make possible the acquisi- 
tion and appropriation of roadbuilding materials to be 
used in connection with the construction of the Sage Hen 
Hill-3urns Section of the Central Oregon Highway in Harney 
County; 


Parcel No. 2 is being acquired for the construction 
thereover of a hauling road to be used in connection with 
the acquisition and appropriation of roadbuilding materials 
from Parcel No. 3 in connection with the further construc- 
tion of the Brookings Section of the Oregon Coast Highway 
in Curry County; 


Parcel No. 3 is being acquired for the purpose of ap- 
propriating and acquiring roadbuilding aaterials therefrom 
for use in connection with the further improvement of the 
Brookings Section of the Oregon Coast ‘lighway; 


Parcel No. 4 is being acquired for right of way pur- 
poses in connection with the further improvement of the 
Troy Ranch Section of the Old Oregon Trail in Baker County; 


Parcel No. 5 is being acquired for the purpose of mak- 
ing possible a channel change in connection with the con- 
struction of said Troy Ranch Section of the Old Oregon 
Trail in Baker County; and 


Parcel No. 6 is being acquired for a park or recrea- 
tional area which is adjacent to the Oregon Coast Highway 
and is located in Curry County, Oregon. 


3. The Comission does hereby find and declare that each 


ls of real property is necessary and ac- 
quisition of the same by the State is required for the specific 


WHEREAS, in the judgment of the Highway Commission the sev- 
eral tracts or parcels of land hereafter described are each and all 
necessary for the specific and particular purposes hereinafter specif- 
ically set forth: 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the State 
Highway Commission as follows: 


1. The Commission does hereby find and declare that the 
several parcels of real property hereinafter described are each and 
all necessary for the accomplishment of the purposes hereinafter ex- 
pressly and specifically set forth, which said real properties and 
the specific purposes for which the same are being acquired are de~ 
seribed as follows, to wit: 


Real property omed or held by John L. Caldwell, as 
trustee, which property is located in the Northeast qnarter 
of Section 26, Township 23 South, Range 30 East, W.M., in 
Harney County, Oregon, and which property is more particu- 
lerly described on the attached sheet and designated as Par- 
cel No. 1, which property is further identified in the High- 
way Comaission's records under File R 8306; * 


Real property owned by F. L. Clark and Sarah Clark, 
which property is located in the Southeast quarter of Sec- 
tion 5, Towmmship 41 South, Range 13 West, W.N., Curry Coun- 
ty, Oregon, and which proverty is more particularly de- 
scribed on the attached sheet and designated as Parcel No. 
2, which proverty is further identified in the Highway Com- 
mission's records under File R 8031; * 


Real property owned by F. L. Clark and Sarah Clark, 
which property is located in the Southeast quarter of Sec- 
tion 5, Township 41 South, Range 13 West, W.u., Curry Coun- 
ty, Oregon, and is more particularly described on the at- 
tached sheet and designated as Parcel No. 3, which property 
is further identified in the Highway Commission's records 
under File R 8031; * 


Real property belonging to the heirs of John Troy, de- 
ceased, which property is located in the South one-half of 
the Northwest quarter of Section 33, Towmship 10 South, Range 
42 East, W.M., Baker County, Oregon, which property is nore 
particularly described on the attached sheet and designated 
as Parcel No. 4, and is further identified in the records 
of the Highway Commission as File R 7877; * 


Real property belonging to the heirs of John Troy, de- 
ceased, which proverty is jocated in the Southeast quarter 
of the Northwest quarter of Section 33, Township 10 South, 
Range 42 East, W.if., Baker County, Oregon, which property 


is authorized to acquire quarry sites, cravel pits, storage sites, 
stockpile sites, weighing stations, and broadcasting stations, and 
is further authorized to develop, construct, improve, operate, and 
maintain parks, parking places, auto camps, camp sites, roadside de-— 
velopment, recreational grounds or resorts, and other places of at- 
traction and scenic value; and 


WHEREAS, said Highway Commission is authorized to acquire 
by purchase, agreement, donation, or by the power of eminent domain 
real property deemed by the Higimay Commission necessary for the ac- 
complishment of any or all of the foregoing things; and 


WHEREAS, in the judgment of the Highway Commission the real 
property hereinafter described is necessary for right of way purposes 
in connection with the construction of the Jefferson County Line- 
Prineville Section of the Warm Springs Highway; 


NOW, THEREFORE, SE IT aND IT HEREPY IS RESOLVED by the State 
Highway Commission, as follows: 


1. That the Commission does hereby find and declare that 
the real property hereinafter described is necessary for the accon- 
plishment of the purposes hereinafter declared, which said real prop- 
erty is described as follows, to wit: real property owmed by the 
heirs of ¥. I. Dishman, deceased, and located in Section 9, Tow- 
ship 14 South, Range 15 East, W.if., Crook County, Oregon, more par- 
ticularly described on the attached sheet. * 


2. That the purpose for which the above described real 
property is being acquired is for right of way in connection with 
the construction of the Jefferson County Line-Prineville Section of 
the Warm Springs Highway. 


3. That the State Highway Engineer be and he hereby is in- 
structed and directed to make or cause to be made all surveys neces- 
sary in connection with the determination, description, and acquisi- 
tion of said real property, and said Engineer is further instructed 
to prepare and subsit to tho legal Department necessary and adequate 
descriptions of the said real property, which said descriptions shall 
be available for the preparation of any deed or deeds or other instru- 
ment or instruments necessary to complete the acquisition of said 
property or properties, whether said property be acquired by purchase, 
donation, agreement, or by the exercise of th. power of eminent do- 
main, 


4. That I. H. Van Winkle, attorney Generalof the State of 
Oregon, and J. M. Devers, Assistant Attorney General and Attorney 
for the State Highway Commission, be and they are hereby requested, 
authorized, and directed to attempt to agree with the ower or owm- 
ers and/or with the tenants or persons in possession, if there be any, 
of said pareel or parcels of land with respect to the conpensation 
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purposes hereinabove set forth, and the said properties are being ac- 
quired for the express and specific purposes in this resolution set 
forth. 


4. That the State Highway Engineer be and he hereby is instruct- 
ed and directed to make or cause to be made all surveys necessary in 
connection with the determination, description, and acquisition of 
said real properties, and said Engineer is further instructed to pre- 
pare and submit to the Legal Department necessary and adequate de- 
scriptions of the said real properties, which said descriptions shall 
be available for the preparaticn of any deed or doeds or other in- 
strument or instruments necessary to complete the acquisition of said 
property or properties, whether said properties be acquired by pur- 
chase, donation, agreement, or by the exercise of the power of emi- 
nent domain. 


5. That I. H. Van Winkle, Attorney General of the State of Ore- 
gon, and J. Ml. Devers, Assistant attorney General and Attorney for 
the State Highway Commission, be and they are hereby requested, au- 
thorized, and directed to attempt to agree with the owner or owners 
and/or with the tenants or persons in possession, if there be any, 
of said parcel or parcels of land with respect to the compensation 
to be paid for the taking of the same and the damage, if there be any, 
and in the event that no satisfactory agreement or agreements can be 
reached, then it is hereby further resolved that the Attorney General 
of the State of Oregon and J. M. Devers, Assistant Attorre:y General 
and Attorney for the State Highway Commission, be and they hereby are 
requested to commence and prosecute to a fina] determination such 
suit or action, or suits or actions, as may be necessary and appro- 
priate to acquire title to the said premises and all rights therein 
for the purposes herein stated. 


6. That this resolution be entered in full in the minutes and 
records of this Commission. 


* (The detailed descriptions of the respective parcels of real prop- 
erty mentioned in this resolution are attached to the original reso- 
lution on file in the office of the State Higmvay Commission, Salem, 
being Resolution No.2, under the heading "Real Property Condemnation 
Resolutions", and said descriptions by this reference are made a part 
of this minute entry to the same extent as if copied in full herein. ) 


WHEREAS, the State Highway Commission under the provisions 
of Chapter 529, Oregon Laws, 1939, is authorized to locate, relocate, 
construct, reconstruct, maintain, widen, straighten, and otherwise in- 
prove state highways, both priuery and secondary, and said Commission 
is also authorized to construct shops, equipment sheds, office build- 
ings, maintenance sites, patrolmen accommodations, and snow fences,and 
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respect to such matters at the present time; however, instructed the Attorney 
to present the Highway Department's claim to Senator B. L. Eddy of Roseburg, 
who is City Attorney, with the request that he discuss it with the City Coun- 
cil and secure approval of the same, if possible. 


The Commission discussed and referred to the State Pars Superin- 
tendent a resolution from Fort Klamath Grange No. 775, requesting the construc- 
tion of a lookout on Sum Mountain adjacent to The Dalles-California Highway, 
in Klamath County, where a splendid view of the Wood River Valley is obtain- 
able. 

The matter of maintaining on the state highway system the old high- 
way between Pendleton and Adams, in Umatilla County, after completion of the 
new highway between these points, was discussed by the Commission. The Comnis-— 
sion decided to offer this road to Umatilla County for maintenance as a county 
road. 


The Commission discussed the suggestion of the Oregon Roadside Coun- 
cil and former Highway Conumissioner E. B. Aldrich for the establishment of a 
memorial garden adjacent to the proposed state highway near Wilsonville. Ac-— 
tion on this watter was deferred by the Commission for the time being. How- 
ever, the Commission expressed its intention of keeping it in mind for future 
consideration as a desirable project. 


The Attorney reported briefly on the rates charged by the Hartman 
Abstract Company, Pendicton, for furnishing real property title reports. It 
appears that the charges made by this company for such service are consider- 
ably in excess of the rates charged by other companies. The Commission de- 
ferred a decision in the matter pending study of specific cases to be present- 
ed by the Attorney at a future neeting. 


A letter was presented from R. E. Dugdale, Superintendent, Portland 
Public Schools, requesting that the brick, lumber, et cetera, salvaged from 
the buildings along Front Avenue when such project is undertaken, be given to 
the Portland School District for use in connection with school construction 
work. The Secretary was instructed te inform Mr. Dugdale that the Front Ave- 
nue project is not far enough advanced to permit the Commission to say just 
what it can or will do with the materials salvaged from these buildings, but 
the Commission will be glad to consider his request at the proper time. 


The Commission discussed briefly and referred to the Engineer for 
investigation and report the matter of acquiring additional property between 
the Oregon Coast Highway and the ocean at Agate Beach, so as to maintain an un- 
obstructed view of the ocean shore line at this place. 


The Commission, upon recommendation of the Engincer, adopted the fol- 
lowing resolutions abandoning as state highways portions of the Kings Valley 
Secondary State Highway, in Benton County, and a portion of the Alsea Highway, 
in Lincoln County, which portions are no longer of value for highway purposes, 
since the highways have been reconstructed on other alignment: 
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to be paid for th: taking of th: sane and the damage, if there be any. 
end in the event that no satisfactory agreement or agreements can be 
reached, then it is hereby further resolved that the Attorney General 
of the State of Oregon 2nd J. M. Devers, Assistant Attorney General 
and Attorney for the State Highway Commission, be and they hereby are 
requested to commence and prosecute to 2 final determination such suit 
or action, or suits or actions, as may be necessary and appropriate to 
acquire title to the said premises and all rights therein for the pur- 
poses herein stated. 


5. That this resolution be entered in full in the min- 
utes and records of tais Commission. 


#(The detailed description of the parcel of real property mentioned 
in this resolution is attached to th: original resolution on file in 
the office of the State Highway Commission, Salem, being Resolution No. 
3 under the heading "Real Property Condemnation Resolutions", and said 
description by this reference: is made a part of this minute entry to 
the same extent as if copicd in full herein.) 


The advisability of allowing an employee of the state's contractor, 
uur. Roy L. Houck, the use of one of the buildings located adjacent to the Pacif- 
ic Highway at the summit of the Siskiyou Mountains, in Jackson County, during 
the time that this highway construction work is under way, was discussed by the 
Commission. The Attorney advised that according to the agreement with the prior 
owner of the buildings, the state is to obtain possession of thm by September pI 
19403 also, that the contractor's employee wants to rent the house for the dura- 
tion of the job on which he is employed. He recormended that the request be de- 
nied. The Commission approved the recomicndation as a matter of policy. The 
question then arose what to do with these buildings. The Attorney advised that 
the buildings are isolated, being located at the summit of the mountain, and 
are not saleable, and, in his estimation, are not usable by the Highway Mainten- 
ance Department because they are not in a proper location. After discussion 
the Commission referred the matter to the Engineer to ascertain whether or not 
the Maintenance Department can use the buildings to advantage. If not, then he 
was ordered to raze them, using state forces to do the work. 


The Assistant Attorney brought up for discussion the question of a 
change in policy with respect to requiring citics to pay the cost of maintain- 
ing and operating flood lights installed by the State Highway Department in 
cities at points where state highway routes cross railroad tracks at grade. He 
particularly referred to the state's claim against the City of Roseburg for ad- 
vancing payment. in excess of $300.00 for electrical energy to operate the flood 
light at the crossing of the Pacific Highway and the Southern Pacific Railroad 
in that city. The Assistant Attorney pointed out that, according to the order 
made by the Public Utilities Commissioner, following the hearing with respect to 
this gerade crossing, the city is to pay this expense, but up to the present time 
has refused to do so. The Commission decided not to change its policy with 


print, marked "Exhibit A", attached hereto and by this referenc: 
made a part hereof, which said exhibit for identification purposes 
bears’ the signatures of F. D. Eason, Division Engineer, H. G. 
Snith, Construction Engineer, and C. B. McCullough, Assistant State 
Highway Engineer, and is dated July 18, 1940, upon which map or ex- 
hibit there are reflected the above described parcels of land by 
showing the same shaded in red. * 


2. In the event there remains any physical connection be- 
tween any portion of said abandoned right of way or highway and the 
present highway, and by reason of such physical connection traffic 
from the existing highway may enter or use the said abandoned por-— 
tions of the said old road to the possible damage or injury of such 
traffic by reason of any unsafe condition existing with respect to 
said old or abandoned road, then the State Highway Engineer is here- 
by authorized and directed to erect such barricade or other safe-— 
guards as may be necessary to protect and safeguard traffic using 
and employing said newly located, constructed and dedicated section 
of said highway. 


3. That this resolution be entered in the minutes and rec- 
ords of the Commission and a certified copy thereof promptly deliv- 
ered to the County Court of Benton County, together with a copy of 
said map or exhibit, for such action as said County Court may desire 
to take with respect to said fragnents of land, and should said aban- 
doned sections of the right of way of said highway be further em- 
ployed for public or private highway purposes such use shall be en- 
tirely under the control and supervision of the County Court of Ben- 
ton County and beyond any responsibility or supervision by the State 
Highway Commission. 


WHEREAS, in order to afford a better alignient and a more 
satisfactory, safe and convenient highway for the traveling public, 
the Commission found it necessary to relocate a portion of the Alsea 
Highway in Lincoln County; and 


WHEREAS, by reason of said relocation and reconstruction 
of the said seetion of said highway there was eliminated and made 
unnecessary as a part of the permanent highway a curtain section or 
part thereof, which section is more specifically defined end desig- 
nated hereinafter in this resolution; and 


WHEREAS, it is the judgment and opinion of the Commission 
that there should be recorded in the minutes and records of the Can- 
mission its purpose and plan to abandon as a part of the said state 
highway the fragment or portion of right of way hereinafter designat- 
ed and heretofore included within the area of the right of way of the 
said highway as formerly located, imoroved and used: 


* Map filed in Right of Way Abandonment and Retention File - No. 75 
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WHEREAS, in order to afford a better alignment and a more 
satisfactory, safe and convenient highway for the traveling public, 
the Commission found it necessary to relocate a portion of the Kings 
Valley Highway in Benton County; and 


WHEREAS, by reason of said relocation and reconstruction 
of the Wren-Read Creek Section of said highway there were eliminated 
and made unnecessary as parts of the permanent highway certain sec- 
tions or parts thereof, which sections are more specifically defined 
and designated hereinafter in this resolution; and 


WHEREAS, it is the judgment and opinion of the Commission 
that there should be recorded in the minutes and records of the Com- 
mission its purpose and plan to abandon as a part of the said state 
highway the fragments or portions of right of way hereinafter desig- 
nated and heretofore included within the area of the right of way of 
the said highway as formerly located, improved and used; 


NOW, THEREFORE, the premises being in general as above stat- 
ed, it hereby is resolved by this Commission, all members being pres- 
ent and affirmatively participating, as follows: 


1. That the fragments of land confined within the areas 
of land hereinafter designated, which fragments or parcels of land 
were formerly within the limits of the right of way of the Kings Val- 
ley Highway in Benton County but are now without the limits of the 
right of way of said highway, as said highway has been relocated and 
constructed, be and said fragments or parcels of land or portions of 
the old right of way are abandoned as parts of the right of way of 
seid highway, and said fragments or parcels of land or old right of 
way are, so far as control and supervision by this Commission is con- 
cerned, eliminated and 1-ft to revert to the adjoining and abutting 
property owners or to the control and supervision of the County Court 
of Benton County for higinay or other public purposes as the Court 
may determine. The fragnuents or parcels of land affected by this 
resolution are defined and described as follows, to wit: 


All those certain parts of the old right of way of the 
Wren-Read Creek Section of the Kings Valley Secondary High- 
way lying on the easterly and westerly side of the right of 
way required for the reconstructed Kings Valley Highway and 
Tying between Mile Post 23 and Mile Post 26 of said Highway, 
the beginning and ending points with reference to the Engi- 
ncer's stations of the reconstructed highway being between 
Station 417+00 and Station 436+00 on the westerly side of 
the highway, and on the easterly side of the highway from 
Station 501+00 south-rly to an intersection of the Corvallis- 
Newport Highway. 


The location of said abandoned right of way may be more definitely and 
particularly eseertained and determined by reference to a map or blue- 
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3. That this resolution be entered in the minutes and 
res eds of the Commission and a certified copy thereof promptly de- 
livered to the County Court of Lincoln County, together with a copy 
of said map or exhibit, for such action as said County Court may de- 
sire to take with respect to said fragment of land, and should said 
abandoned section of the rignt of way of said highway be further em- 
Ployed for public or private highway purposes such use shall be en- 
tirely under the control and supervision of the County Court of Lin- 
coln County and beyond any responsibility or supervision by the 
State Highway Commission. 


The Commission discussed a letter from Lewis A. McArthur, President, 
Oregon Historical Socicty, requesting the Highwey Commission's assistance in 
cleaning up a small park located about 14 miles south of the Oregon Coast High- 
way near Astoria. Mr. McArthur advised that this park is being held in trust 
by the Oregon Historical Society for the state and that it needs cleaning up, 
which work the Society is unable to finance. He gave as his thought that the ; 
cleanup work will not take more than about one-half day's time of one of the ‘ 
Highway Department's maintenance crews. After discussion the Commission voted 
unanimously to do this cleanup work if it is a lezal expenditure of state 
highway funds; otherwise, not. 


The Commission also discussed and referred to the State Parks Super- 
intendent for investigation and report the mattcr of naming a timbered strip 
of state-owned land adjacent to the Fremont ‘ighway south of Lakeview "Ameri- 
can Legion Park" as has been requested by the Lakeview Post of this organiza— 
tion. 


Consideration was given by the Commission to the matter of construc- 
tion of a roadway from the Willamette Highway to Crescent Lake, in Klamath 
County. The Comission appeared favorably inclined to designate this road as 
a secondary state highway but deferred a decision in the matter pending fur- 
ther investigation of the road by the Engincer and the rendering of his report 
on the subject. The question of keeping this road open during the winter sea- 
son was-also discussed. The Engineer was instructed to report at the noxt 
meeting his recommendations on this matter so the Commission can make its de- 
cision at that time. 


The Commission discussed a letter from ir. W. 0. Harriman, Forest 
Supervisor, Fremont National Forest, written in behalf of the Horsefly Cattle 
Association, Bly, Oregon, inquiring whether or not the Highway Canmission 
would be willing to enter into a cooperative agreement with the Association 
for the building of fences along the Klamath Falls-Lakeview Highway cast of 
Sly, so as to prevent stock getting on the highway and cndangering traffic. 
The Commission considered that epproval of such project would establish a prec- 
edent that would eventually cost the state an cnormous sum of money, which it 
can ill afford to spare for such purposes. Furthermore, the Commission felt 
that this is a problem that the stockmen should work out among themselves. Th. 
request was thereupon denied and the Secretary was instructed to so inform Mr. 
Harriman. 


NON, THEREFORE, tho premises being in goneral 2s above stat- 
ed, it hereby is resolved by this Cemmission, all members being pres- 
ent and affirmatively participating, es follows: 


1. That the fragment of land confined within the area of 
land hereinafter designated, which fragment or parcel of land was for- 
merly within the limits of the right of way of the Alsea Highway in 
Lincoln County but is now without the linits of the right of way of 
said highway, as said highway has been relocated and constructed, be 
and said fragment or parcel of land or portion of the old right of 
way is abandoned as a part of the right of way of said highway, and 
said fragment or parcel of land or old right of way is, so far as con- 
trol and supervision by this Commission is concerned, eliminated and 
left to revert to the adjoining and abutting property owners or to 
the control and supervision of the County Court of Lincoln County for 
highway or other public purposes as the Court may determine. The 
fragnent or parcel of land affected by this resolution is defined and 
described as follows, to wit: 


All that certain section of the old right of way of 
the Waldport-Scott Creek Section of the Alsca Highway ly- 
ing on the southerly side of the right of way required for 
the reconstructed Alsea Highway and lying between Mile Post 
7 and Mile Post @ of said highway, and on each side of the 
Alsea River, the beginning and ending points with refor- 
ence to the engineer's stations of the reconstructed high- 
way being Station 280400 on the westerly end and Station 
297 on the easterly end. 


The lecation of said abandoned right of way may be more definitely and 
particularly ascertained and determined by reference to » map or bluc- 
print, marked "Exhibit A", attached hereto and by this reference made 
a part hereof, which said exhibit for identification purposes bears 
the signatures of F. D. Eason, Division Engineer, H. G. Smith, Con= 
struction Engineer, and C. B. ieCullough, Assistant State Highway En- 
gineer, and is dated July 17, 1940, upon which map or exhibit there 
‘ts reflected the above described parce] of land by showing the same 
shaded in red. * 


2. In the event there remains any physical connection be- 
tween any portion of said abandoned right of way or highway and the 
present highway, end by reason of such physical connection traffic 
fron the existing highway may enter or usc the said abandoned portion 
of the said old road to the possible danage or injury of such traffic 
by reason of any unsafe condition existing with respect to said old 
or abandoned road, then the State Highway Engineer is hereby author-- 
jzed and directed to erect such barricade or other safeguards as may 
be necessary to protect and safeguard traffic using and employing said 
newly located, constructed and dedicated section of said highway. 


« Map filed in Right of Way Abandonnent and Retention File — No. 76 
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requesting the improvement of the Crater Lak. Highway through this tow. 


Consideration wes given by tie Commission to a letter from the City 
of Scio, Oregon, in which the Commission was requested to complete the oiling 
of the Albany-lyons S-condary State Highway between Scio and Thomas Creek, the 
uncompleted section being about 2 miles in length, and to make provision for 
such inprovement in the Comaission's construction program for 1941. The Com- 
mission agreed to give this project consideration in the formulation of the 
1941 progran. 


A letter was presented from Albert T. Kemner, attorney, Portland, re- 
newing his request for the widening of the Tualatin Valley Highway for four 
lanes of traffic betwen Portland and Forest Grove, particularly between Port- 
land and Beaverton. After discussion the Commission decided that it would at 
least consider making a start on this project in its program for 1942 funds; 
however, made no definite commitment to the project. 


The Engineer reported that the Public Hoads Administration has com- 
pleted and opened to traffic a new bridge over the Alsea River on the Alsva 
Highway, in Lincoln County, more perticularly et ii.P.27-07.22, hence Alsea High- 
way traffic is no longer required to use the old bridge which is posted for 
15 tons. He further reported that maintenance forees have installed culverts 
in the place of two log trestles on.the Alsea~Deadwood Secondary State Highway 
in Benton County between Mile Post 201-05.2 and ifile Post 201-05.3, so that it 
is no longer necessary to maintain the reduced load linit of 10 tons which for- 
merly apolied to these two trestles. He recommended, in view th reof, the 
lifting of the reduced load limits heretofore in effect on thse two trestles 
and on the Alsca iver Bridge. The Commission approved the recommendation and 
by unanimous vote adopted the following resolution in regard thereto: 


WHEREAS, on the 13th day of January, 1939, at a meeting of 
the State Highway Commission, all members being present and partici- 
pating, the Comaission passed and adopted a resolution ordering 2 ro- 
duction of the maximum permissible load limit on certain state high- 
way bridges, including the following: 

ALSEA HIGHWAY 

27-07~22 Alsca River Bridge 15 tons 
and 

WHEREAS, on the 14th day of June, 1940, at a meeting of the 
State Highway Comission, two members being present and participating, 
the Commission passed and adopted 2 resolution ordering a reduction 
of the maximum permissible load limit on the following state highway 


bridges: 
ALSEA-DEADWOOD SECONDARY STATE HIGHWAY 
Mile Post 201.52 small log trestl: 10 tons 
Mile Post 201.53 small log trestle 10 tons 


and 
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A petition was presented from residents of Lane County requesting .~ 
the oiling of a 7-mile section of the Territorial Secondary Highway between 
the town of Elmira and the Siuslaw dighway junction. The Commission denied 
the request for immediate construction but agreed to consider the project in 
the formulation of future construction prograns. 


The Commission considered a similar petition from other residents of 
Lane County, requesting the oiling of this highway between a place known as 
Central Turn and Lorane. The Commission agreed to consider this project along 
with the other in the formulation of the 1941 construction program, without 
making a commitment at this time, and instructed the Secretary to so inform 
the petitioners. 


The Commission discussed and ordered filed a letter from D. 0. Den- 
man, Portland, urging early completion of the new highway between Portland and 
Aurora, via Wilsonville. The Secretary was instructed to inform Mr. Denman 
that the Commission is making as rapid progress as is possible on this highway 
with the funds available. 


A petition was presented from residents of Bunker Hill, Marshfield, 
requesting the removal of a knoll located adjacent to the Oregon Coast Highway 
in the Bunker Hill District, particularly between Newport Avenve and Edwards 
Strect, it being alleged that the knoll is unsightly and is a detriment to ad- 
jacent property. The Engineer recommended denial of the request because, in 
his estimation, the removal of this knoll would accentuate slidc conditions 
along the highway in this vicinity, with which condition the Commission has 
had considerable trouble since the new highway was constructed at this place. 
it was his opinion that the knoll now acts as a counter-balance and that its 
removal would start additional slides which would not only cause the state con- 
siderable expense but would also result in inconvenience to the traveling pub- 
lic. In view of the Engineer's report the Commission denied the request. 


The Commission considered and ordered filed a letter from C. A. Rob- 
ertson, Salem, expressing the need for the improvement of state highways in 
Polk County. 


= are 


The Secretary presented a letter from the County Court of Umatilla 
County, requesting the following improvements: 


ee ed 


1. Oiling of the secondary highway between Athena and Cold Springs 


2. Construction of connection between the Havana—Helix Road and 
the new highway between Pendleton and Adams at Havana 


3. Improvement of the approach road leading to Riverside School. 


The Commission deferred action on this matter pending personal inspection of 
these roads on its provosed trip into Eastern Oregon in October. 


The Commission discussed and referred to th: Engineer for investiga- 
tion and report a petition fron the Civic Improvement Club of Fort Klamath, 
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electrical service to the Highway Department's maintenance headquarters locat— 
ed at Rufus, Oregon. 


The Commission had under discussion its application now before the 
United States of Ancrice, Department of Interior, for permission to recon- 
struct the Klamath Falls-iialin Highway across certain irriation canals and 
ditches in Klamath County, particularly a request from the Devartment of In- 
terior for an amendment to the proposed agreement covering matters involved fe 
in such application. After due consideration, and upon recommendation of the 
Engineer and the Attorney, the Coumission approved the request. The follow- 
ing resolution relative thereto was offered by Commissioner Oliver who moved 
its adoption. The motion was duly seconded by Commissioner Clough and was de- 
clared by Chairman Cabell to have carried by the unanimous vote of the Con- 
missions 


WHEREAS, the Highway Commission heretofore made application 
to the United States of Amcrica for permission to cross ‘certain 
canals and irrigation ditches in connection with the reconstruction 
of a state highway known as the Klamath Falls-ialin Highway; and 


WHEREAS, an agreement was prepared covering matters in- 
volved in said application, which agreement was heretofore approved 
by the Commission and is now pending before the Department of the 
Interior in Washington, D. C.; and 


WHEREAS, said Department has requested that page 5 of said 
contract be amended so as to read as follows: 


"6, The State shall construct, maintain and operate 
its said highway at the point of crossing in 2 good and 
workmanlike manner and so as not to interfere with the flow 
of water in said canals and other structures and without 
injury thereto. Any changes in the said canals or other 
irrigation structures necessary to be made to effect said 
crossings shall be made by and at the expense of the State, 
pursuant to plans and specifications approved by the Chief 
Engineer of the United States Bureau of Reclamation. The 
State shall at its own expense construct all bridges or 
culverts to carry said highway over the above described 
canals and waterways of the Klamath Project, or construct 
and install a pipe line, siphon or other conduit under 
said highway and such structure shall be of such construc— 
tion, size, material, description, and at such elevation 
as shall be designated end approved by tho Chief Engineer 
of the United States Bureau of Reclamation. All work under 
this agrcement to be performed by the State at the cross— 
ings described herein, shall be performed during the non- 
irrigation season of each year, and no work shall be per- 
formed by the State under this agreement which will inter- 
fere with the operation of the said canals and water con- 
duits of the United States during the irrigation season of 


WHEREAS, subsequent to the passage of said resolutions the 
said above-naned bridges have been repaired so that it is no longer 
necessary or desirable to maintain the reduced load linit set out in 
said resolutions: 


NOW, THEREFORE, BE IT RESOLVED that the action of the State 
Highway Commission reducing the maximua permissible load limit on the 
following bridges, to wit: 


ALSEA HIGHWAY 
27-07 «22 Alsea River Bridge 15 tons 


ALSEA-DEADWOOD SECONDARY STATE HIGHWAY 
Mile Post 201.52 small log trestle 10 tons 
Mile Post 201.53 small loz, trestle 1© tons 


be and the same hereby is rescinded and vacated as of this datc, 
and the maximum load limit permissible on the said bridges shall 
hereafter be the maximum lead limit provided by law. 


Tf IS FURTHER ORDERED that certified copies of this roeso- 
lution be furnished the County Clerks of Benton and Lincoln Countics 
in which counties said bridges are located; and that a certified 
copy of this resolution also be furnished the Superintendent of the 
Department of State Police for his information. 


The Engincer requzsted authority to extend the location survey 
now being made on the Pacific Highway in Josephine County so as to include the 
section between Wolf Creek and Glendale junction. The Commission approved the 
request. 


The Comission discussed and denied the request of C. W. Henderson, 
Medford, for permission to conduct gold-dredging operations on state-owmed 
property adjacent to the Pacific Highway, near Bear Creck, in Jackson County. 


The Commission discussed thc adoption of 2 policy with respect to 
the removal of sand and gravel fron ocean beach areas under its control and in 
connection therewith considercd the complaint of residents of Newport, Nels-— 
cott, and vicinity, that the taking of gravel from the ocean beaches depletes 
the supply of agates, which is one of their great tourist attractions. The 
Sugineer was instructed to have Division Engineer F. D. Eason and the State 
Parks Superintendent, S. H. Boardman, inspect the beaches between Waldport end 
Roads End, in Lincoln County, and select the places where, in their estimation, 
the teach should not be disturbed, in order to preserve the agate deposits. 
The Commission will establish a definite policy with respect to such matter 
when the Engineer's report has been received and discussed. 


The Commission authorized the Secretary to sign, in its behalf, an 
application directed to the Pacific Power and Light Company to furnish 
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Construction of Nyssa undercrossing on Old Oregon Trail, in Mal- 
heur County. Bids teken July 18, contract awarded July 25, 1940, to 
Henry L. dorn, the low bidder. 


The Commission by unanimous vote confirmed the award of these contracts as re- 
ported. 


The Commission discussed the matter of issuance of permits from the 
Division offices. The Engineer gave as his thought that the issuance of per- 
mits should be concentrated in the Salem office so as to provide for wiforn- 
ity in the conditions of the permits, which is the present procedure, and he 
so recomended. The Commission approved the recommendation. 


The Commission discuss:d the application of the Eugene Daily News 
for permission to install and maintain within the right of way of state high- 
ways in Lane County boxes or receptacles for the depositing of newspapers of 
subscribers, on which boxes would be painted the name of the paper. In the 
discussion of this matter the question arose whether the wording on the boxes 
woyld conflict with the provisions of th: statute which prohibits advertising 
within the right of way of a state highway. In view of this question, deci- 
sion on the application was deferred by the Commission pending an opinion from 
the Attorney General on the matter. Tho Attorney wes instructed to secure 
such opinion. 


A letter was presented from J. H. Sroufe, Portland, pointing out 
that logging trucks operating over the Wolf Creek Highway and the Oregon Coast 
Highway between Necanicum Junction and Cannon Beach Junction travel very close 
together, and as a result it is very difficult and hazardous for other traffic 
to pass them. He suggested the adoption of a regulation to prohibit logging 
trucks from traveling nearer than 300 yards apart. In the discussion it was 
pointed out that the state law requires trucks and motor buses to travel at 
least 300 feet apart, except in cases where one vehicle is overtaking and pass- 
ing another, which law the log haulers are evidently not respecting. The Sec- 
retary was instructed to brinz this to the attention of the State Police De- 
partment with the request that these movements be observed and action taken as 
may be necessary to correct the situation. 


The Commission considered and ordered filed correspondence between 
Charles H. Reynolds, President of the Oregon Trail Association, and Senator 
Rufus C. Holman, with respect to the possibility of securing a special allot- 
ment of federal funds to finance construction of the new Columbia River High- 
way. 


A letter was presented from ¥. E. Regan, Chairman, Railway Brother-— 
hood Legislative League of Oregon, requesting the cooperation of the State 
Highway Commission in securing a regulation that will require logging trucks 
to come to a dead stop before passing over railroad tracks. The Commission 
concurred in the viewpoint of Mr. Regan and accordingly instructed the Secre- 
tary hereafter, in making recommendations to the Public Utilities Commission- 
er covering applications for permits for log hauling on state highways, to 


any yeer, including 1940, which irrigation season for the 
Purposes hereof is defined to be the period from April 15 
to October 15 of any year. 


"7, Should the United States at any time hereafter 
find it necessary or desirable to enlarge or relocate said 
canals or other irrigation structures or change the align- 
ment thereof, the State hereby agrees that the United States 
may occupy, so far as may be necessary for such purpose, the 
right of way of the State covered by the easement granted 
hereby. Any expense incident to such enlargement, reloca-— 
tion or change of alignment and due to the existence on the 
ground of the state highway and right of way or other prop- 
srty shall be borne by the State. 


"8, The plans and specifications for state highway 
crossings over the above listed irrigation structures, 
drains, and canals, in their present locations and dimen- 
sions orashereafter constructed or reconstructed, shall he 
submitted to the Chief Engineer." 


NOW, THEHKEFORE, BE IT RESOLVED BY THE HIGHWAY COMMISSION, 
all members being present and affirmatively voting, as follows: 


1. That the Secretary of the Intcrior be and he hereby is 
authorized to amend page 5 of the agreement proposed for execution 
by the State of Orezon, by and through its State: Highway Conmission, 
and the United States of America, by its Secretary of th: Interior, 
which said agreement covers the subject of highway crossings over ir- 
rigation canals in Klamath County, Oregon, which highway crossings 
are required in connection with the construction of the Klamath Falls- 
Malin Highway, said amendment to be as above written. 


2. That this resolution be entered in the minutes and rec- 
ords of the Highway Commission and that J. M. Devers as attorney for 
the Commission be and he hereby is instructed to transmit to B. E. 
Stoutemyer of Portland, Oregon, District Counsel for the Bureau of 
Reclamation, a duly certified copy of the sane. 


The Engineer reported the award of contracts as follows. authority 
for which was previously given him by the Commission, and the conditions of the 
awards having been satisfied: 


Ferry service across the Willamette River, near Wilsonville, 
Bids taken July 18, contract awarded July 31, 1940, to Leonard & 
Slate, low bidders. 


Venets-Fisher Road Section of the Eugenc-Venetz Road, in Lane 
County. Bids taken July 18, contract awarded July 25, 1940, to 
Berke Bros., low bidders. 


} 
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The Secretary presented a letter from the Orange Belt Mineralogical 
Society, San Bernardino, California, sugesting the establishnen. of state 
parks or state forests at suitable locations in southeastern Oregon and the 
construction of roadways leading to the same. The Commission took no action 
on this matter. 


The Commission considered and ordered filed a resolution adopted by 
the Oregon State Grange at its annual session in Salem, June 10-14, 1940, en- 
dorsing efforts for the removal of tolls which hamper traffic across the Colun- 
bia River between Oregon and Washington. 


The Engineer presented a list of surveys that he has ordered since 
the last meeting of the Comnission and asked the Commission to confirm them 
and the amounts allocated for each. After due consideration the Commission 
authorized and instructed the Engineer to make such location surveys on va- 
rious sections of the highways of this state, which said sections of highways, 
together with their identifving location survey numbers and the amounts au- 
thorized and allocated for such survey expenditures, are as follows: 


Location - — — 101-2822 - Sumpter~North Section, Sumpter Valley Secondary Hwy., 
Baker County, lst authorization - %250.00 
Plans ---- 62821 - North Bend-iiarshfield Section, Oregon Coast Hwy., 


Coos County. 2nd authorization — $600.00 
~ 3rd authorization -— $540.00 
Total to date $1,500.00 


Right of Way - 9-2831 - Bend-Horse Ridge Section, Central Oregon Highway, 
Deschutes County. lst authorization -— $50.00 
Plans ---- 92832 - Third Street Undercrossing Section, The Dalles- 
California Highway, Deschutes County. 
lst authorization -— $500.00 


Right of Way - 9-2833 - Sisters School Grounds Section, McKenzie Highway, 


Deschutes County. lst authorization — $50.00 
Bench Mark - — 10-2827 - Reedsport—Paradise Creek Section, Umpqua Highway, 
Douglas County. lst authorization -— $50.00 
Plans - - - - 12-2822 ~ Town of John Day Section, Jonhr Day Highway, Grant 
County. lst authorization - $200.00 - 
Plans - -- - 12-2823 - Dixie Summit-~Austin Junction Section, John Day Hwy., 
Grant County. lst authorization - $2,600.00 
Plans -- - - 13-2812 - City of Burns Section, Central Oregon Highway, Har- 
ney County. lst authorization -— $500.00 


Plans - - - 


115-2825 - Lake Creek-Little Butte Creek Section, Little Butte 
Sec.Hwy., Jackson Co. lst authorization - $1,375.00 


53 AUG 22 1940 
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include in such reconnmendations a clause requiring logging trucks to stop be- 
fore crossing railroad tracks at srade. 


Reconsideration was given by the Commission to the natter of snow 
removal on the Oregon Caves Highway and particularly to a letter from ifr. E. 
P. Leavitt, Superintendent of the Oregon Caves National Monument, urging fa- 
vorable consideration by the Coumission of this matter. The Commission con- 
sidered that traffic over this road during the winter season is not suffi- 
cient to justify the expense of snow-removal operations beyond the point where 
farming is carried on and accordingly decided not to go to the exnense of such 
operations for the time being. 


A letter was presented from J. L. Taylor, sianazer of the Vale Cham- 
ber of Commerce, suggesting that additional directional and mileage signs be 
installed along state highways at key points in the State of Oregon calling 
attention to the availability of the Central Oregon Highway as a new, fast, 
and direct route across the state. It was iir. Taylor's thought that the in- 
creased use of this route as a main artery of travel would relieve traffic 
congestion on other cross-state routes. The Commission denied the request as 
a matter of policy, it being contrary to such policy to maintain signs that 
would have a tendency to divert traffic from one highway to another discrimin- 
atingly, and it being considered that the Highway Commission's function is 
simply to advise the traveling public of the alternate routes available to 
reach a certain destination. The Secretary was instructed to so inform Mr. 
Taylor. 


The Commission discussed a letter fron A. L. Amacher, President, 
Hillsboro Rotary Club, in which inquiry was made whether or not the Highway 
Commission would consider furnishing one of its standard service club sign- 
racks to be erected on private prozverty adjacent to the Tualatin Valley High- 
way about 100 yards east of the Hillsboro city limits. The Commission consid- 
ered that it did not have legal autnority to expend state highwav funds to 
erect signracks on private property and instructed the Secretary to so inforn 
Mr. Amacher. The Secretary was also instructed to advise Mr, Amacher that if 
the service clubs and other eligible organizations in Hillsboro desire sign- 
racks erected on the highway right of way within the city linits of ‘illsboro 
the Commission will be pleased to furnish and erect the racks if these organi- 
zations will agree to maintain then after erection and will comply with the 
Highway Commission's requirements «ith respect to such matter. 


The Commission discussed briefly and deferred for future considera- 
tion the adontion of a solicy with resoect to the maintenance of city entrance 
Signs, lodge signs, etc., on rights of way of state highways at city entrances. 


Communications were presented from the Redwood Eupire Association in- 
viting the members of the Commission and staff officers to be the guests of the 
Association at its 20th annual convention in Ukiah, California, on Saturday, 
October 26. The Commissioners expressed regrets that they could not attend 
this meeting; however, authorized the Director of the Travel and Information 
Department, wr. Harold 8. Say, to represent them. 


I733 


The Commission considered the following requests for extensions of 
time within which to complete highway construction projects: 


D. L. Ashton, Contract No. 2208, covering the construction of 
a roadside improvement project on the North Roseburg Section of the 
Pacific Highway, in Douglas County, requested an extension of time 
from November 30, 1939, to Jume 19, 1940. He alleged that his fail- 
ure to complete the project within the specified time limit was due 
to adverse weather conditions in the fall of 1939 which did not per- 
mit construction of the oiling work required, The Engineer advised 
that this contract was awarded on August 31, 1939, but the work was 
not started until October 24, 1939; further, that due to the bad 
weather the work was closed down frou November 15, 1939, to May 14, 
1940, but it was completed on June 19, 1940. The only reason, he 
said, that this project was not completed within the specified time 
limit was the long delay in starting the work after the award of the 
contract. He recommended, in view thereof, that the extension of 
time be granted subject to the condition that the contractor be re- 
quired to reimburse the state for all engineering costs incurred by 
the state subsequent to the specified date of completion. A letter 
was presented from the Public Roads Adnaintstration concurring there- 
in. The Commission approved the recomienaation unanimously. 


J. W. and J. R. Hillstrom, Contract No. 2221, for the construc- 
tion of a bridge over Coalbank Slough on the Oregon Coast Highway, 
near Marshfield, in Coos County, requested an extension of time from 
July 31 to August 30, 1940, within which to complete this job. They 
attributed their failure to complete the project within the specified 
time limit to changes ordered by the Engineer in the construction of 
foundation piers and because of an overrun of concrete work. They 
advised also that they encountered difficulties in obtaining delivery 
of steel for the job, with the result that the painting of the struc- 
ture and clean—up work could not be done before July 31, 1940. The 
Engincer advised that the reasons given by the contractor for failure 
to complete this project within the specified time limit are correct. 
He recommended that the extension of time now requested be granted 
without penalty. A letter was presented from the Public Roads Ad- 
ministration concurring therein. The Commission approved the recon- 
mendation by unanimous vote. 


Norris Bros., Contract No. 2223, for surfacing and oiling the 
Butte Falls Section of Butte Falls County Road, in Jackson County, 
requested an extension of tine of 17 days, fron. June 30 to July 17, 
1940, within which to complete this job. They attributed their fail- 
ure to complete the job within the specified time limit to adverse 
weather conditions during the months of April and May. The Engineer 
advised that the principal reason that the contractors did not con- 
plete the project within the specified tine limit was the fact that 
they had more contracts under way than they could handle expeditious- 
ly, and, in his estimation, no valid reason can be given why the work 
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18-2847 


119-2824 


21-2839 


22-2822 


123-2822 


123-2823 


27-2815 


228-2810 


30-2830 


131-2821 


33-2825 


133-2826 


134-2825 
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Barclay—-Terminal City Section, The Dalles-California 
Hwy., Klanath County. 2nd authorization - $1,800.00 
Total to date $5,400.00 


Seale Site, Klamath Falls-Lakeview Hwy., Klamath 
County. 1st authorization - $75.00 


Fremont Junction-Adel Section, Warner Secondary Hwy., 
Lake County. 1st authorization — $600.00 


Toledo-Eddyville Section, Corvallis-Newport Highway, 
Lincoln County. lst authorization - $50.00 


Albany Section, Pacific Highway East, Linn County. 
2nd authorization -— $300.00 
Total to date $1,100.00 


Jordan Valley Section, I.0.N. Highway, Malheur Co. 
lst authorization - $500.00 


Jordan Creek-lieDermitt Section, I.0.N. Highway, 
Malheur County. lst authorization - $400.00 


Hebo-Salem Section, Three Rivers, Salmon River, and 
Salem—Dallas Highways, Polk County. 
lst authorization — $54.00 


viaryhill Ferry Connection — Sherman County ‘oad, 
Sherman County. lst authorization - $-.60.00 


Pendleton-Adams Section, Oregon-Washington Jighway, 
Unatilla County. 1st authorization -— $1,200.00 


Summit Section -— Weston-Elgin Secondary Highwav, 
Union County. lst authorization - $120.00 


lewis & Clark iionument Section, Columbia River Hwy., 
Wasco County. lst authorization - $100.00 


He He Butte-Wasco County Line Section, Warm Springs 
Sec.Hwy., Wasco Co. 1st authorization -— $2,600.00 


Forest Grove-—sSanks Section, Nehalem Secondary Hwy., 
Washington Co. lst authorization - $500.00 


Davies Grade Separation, Wolf Creek Highway, Wash-— 
ington County. lst authorization ~ $200.00 


ifitchell West Section, Ochoco Highway, Wheeler Co. 
lst authorization -— $12,750.00 


Peles 
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project. They attributed their failure to Coiplete the project with- 

in the specjfied time limit to breakdow of equipment and to shortage 

of rock 1n the quarry. The Engineer advised that he knows of no 

good reason why the contract should not have been comdleted within 

the specified time limit and accordingly recommended the granting of 

the extension of time requested subject to the condition that the t 
contractor reimburse the state for engineering and supervision ex- 

pense incurred by the state subsequent to the specified date of con- 

pletion. The Commission approved the recommendation. 


J. C. Papin, Contract No. 2285, for urading, surfacing, and oil- 
ing the Bend-Butler Ranch Section of the Butler County Road, in Des- 
chutes County, requested an extension of time of 15 days, fron July 
31 to August 15, 1940, within which to complete this project. He at- 
tributed his failure to complete the job within the specified time 
linit to bad weather conditions which forced suspension of oiling op- 
erations long enough to make it impossible to complete the job by 
July 31. The Engineer advised that the reason given by Mr. Papin for 
failure to complete the project on time is correct. He recommended, 
in view thereof, that the extension of time requested be granted with- 
out penalty. A letter was presented fron the Public Roads Adminis- 
tration concurring therein. The Commission approved the recommenda- 
tion unanimously. ; 


) Haigh Bros. & Hughes, Contract No. 2307, for the drilling of a 
well on state property adjacent to the I.0.N. Highway, in Malheur 
County, requested an extension of time from June 4 to June 28, 1940, 
within which to complete this project. They attributed their fail- 
ure to complete the project within the specified tine limit to the 
fact that no water was found at a depth of 200 feet, as was antici- 
pated, and it was necessary for them to drill to a greater depth, 
which required additional time. The Engineer advised that the rea- 
son given by the contractor for failure to complete the contract 
within the specified time limit is correct, and that an adequate sup- 
Ply of water was not obtained until the well had been drilled beyond 
the 200-foot depth specified in the contract. He recommended, in 
view thereof, that the extension of time requested be granted without 
penalty. The Commission approved the recommendation. 


The Engineer reported that Contracts Nos. 2178, 2208, 2215, 2223, 
2224, 2248, 2258, 2271, 2278, 2281, 2283, 2284, 2293, 2297, 2302, 2304, 2307, 
and 2309, for the construction of state highway projects, have been completed 
according to the requirements of the contracts or modifications thereof, and 
that said jobs are now ready for acceptance. The following resolution accept- 
ing the above projects was offered and was adopted by the unanimous vote of 
the Commission: 


WHEREAS, the Engineer has reported that the following 
State Highway Commission contracts for the construction of state 
highway projects have been completed according to the terms and 


should not have been completed within the specified time. He rec-— 
ommended, in view thereof, that the extension of time requested be 
granted subject to the condition that the contractors be required 
te reimburse the state for engineering expense incurred subsequent 
to the specified completion date. A letter was presented fron the 
Public Roads Administration concurring therein. The Commission ap- 
proved the recommendation unanimously. 


Chester T. Lackey, Contract No. 2236, for furnishing crushed 
rock in stock piles for the Brothers—Harney County Line Section of 
the Central Oregon Highway, in Deschutes and Lake Counties, request-— 
ed an extension of time of 16 days, from June 30 to July 16, 1940, 
within which to complete this project. ur. Lackey alleged that the 
work under the contract was completed on June 28 and that the ex- 
tension of time is needed for the performance of two work orders 
issued in connection with this job, one of which called for the re- 
shaping of the stock piles behind the oiling operations and the 
other was for purchasing and installing culvert pipes in the borrow 
pits at the stock pile sites. The Engineer advised that the rea- 
sons given by the contractor for failure to complete the project 
within the specified time limit are correct. He recammended the 
granting of the extension requested without penalty. The Carmission 
approved the recommendation unanimously. 


F. R. Hewett, Contract No. 2248, for furnishing crushed rock in 
stock piles for the iountain Rest-iit. Vernon Section of the Pendle- 
ton-—John Day and Beach Creek Secondary Highways in Grant County. re- 
quested an extension of time of one month, from June 30 to Jury 31, 
1940, within which to complete this job. He attributed his failure 
to complete the project within the specificd time limit to adverse 
weather conditions and difficulties encountered in connection with 
the operation of the quarry which he was using in connection with 
another project, viz., the Nye Junction-Long Creek maintenance ma- 
terials project. The Engineer advised that Mr. dewett lost some 
time on the Nye Junction-Long Creek Project because of bad weather 
conditions which necessitated the ordering of a reduced load linit 
on the section of highway over which he was operating during the 
early part of the year and such load limit prevented him from start- 
ing work until late in the spring. He further advised that after 
ur, Hewett started operating on the Mountain Rest-—lit. Vernon project, 
for which he is now requesting an extension of time, the work was 
rushed to completion within three weeks. He recommended, in view of 
the circumstances, that the extension requested be granted without 
penalty. The Commission approved the recommendation unanimously. 


R. QO. Dail & Warren Bros., Inc., Contract No. 2282, for surfac-— 
ing and oiling and furnishing crushed rock in stock piles on the 
Warm Springs Agency—Vanora Section of the Warn Springs Secondary 
Highway, in Jefferson County, requested an extension of time of 30 
days, from July 31 to August 30, 1940, within which to complete this 


Contract lio. 2283, with Warren Northwest, Inc., for 
grading, surfacing, and oiling the Silver Lake-Chalk Cliff 
Section of the Fremont Highway, in Lake County. Completed 
July 3, 1940. 


Contract No. 2284, with li. L. O'Neil & Son, for grad- 
ing, surfacing, and oiling the Fir Creek-Laurel Road Sec- 
tion of the Hillsboro-Silverton Secondary Highway, in Wash- 
ington County. Completed August 6, 1940. 


Contract No. 2293, with Fisher Bros., for grading, sur- 
facing, and oiling the Austin Junction-Baker County Line 
Section of the John Day Highway, in Grant County. Complet- 
ed July 20, 1940. 


Contract No. 2297, with Norris Bros., for oiling the 
Weston-McDougal Camp Section of the Weston-Elgin Secondary 
Highway, in Umatilla County. Completed July 31, 1940. 


Contract No. 2302, with Frank Penepacker, for grading 
the Lamonta-Crook County Line Section of the Warm Springs 
Secondary Highway, in Jefferson County. Completed August 
8, 1940. 


Contract No. 2304, with Norris Bros., for oiling the 


Brothers-Harney County Line Section of the Central Oregon 
Highway, in Deschutes and Lake Counties. Completed June 9, 
1940. 


Contract No. 2307, with Haigh Bros. & Hughes, for 
drilling and casing a well on state property 30 miles north 
of iicDermitt, on the 1.0.N. Highway, in Malheur County. 
Completed June 28, 1940. 


Contract No. 2309, with Warren Northwest, Inc., for 
grading, paving, and pavement widening on the South Milton 
Section of the Oregon-Washington Highway, in Umatilla Coun- 
ty. Completed July 23, 1940. 


THEREFORE, BE IT RESOLVED that the work covered by said 
state highway contracts for the construction of said state higway proj- 
ects be declared completed according to the terms of the respective 
contracts, and said jobs are hereby accepted and final payment in con- . 
nection with each is hereby authorized. 


The Commission had under discussion the setting of a date for its 
next regular meeting for the receiving cf bids, and decided to hold such meet- 
ing on Thursday and Friday, October 10 and 11, 1940. The Commission also set 
the following dates for its regular meetings during the next few nonths: 


provisions of the contracts and said jobs are now ready for accep- 
tance : 


Contract No. 2178, with J. a. Lyons, for grading, sur- 
facing, and oiling on the Salt Creek Falls-Odell ‘ake Sec- 
tion of the Willamette Highway, in Klanath and Lane Coun- 
ties. Completed July 29, 1940. 


Contract No. 2208, with D. L. Ashton, for roadside 
improvement on the North Roseburg Section of the Pacific 
Highway, in Douglas County. Completed June 19, 1940. 


Contract No. 2215, with A. Milne, for grading, surfac- 
facing, and oiling on the Buchanan—Juntura Section of the 
Central Oregon Highway, in Harney and Malheur Counties. 
Completed July 12, 1940. 


Contract No. 2223, with Norris Bros., for surfacing 
and oiling the Butte Falls Section of the Butte Falls Coun- 
ty Road, in Jackson County. Completed July 17, 1940. 


Contract No. 2224, with Rogers Construction Company 
and J. C. Compton, for grading, surfacing, and oiling the 
Cottonwood Creek-Lakeview Section of the Klanath Falls- 
Lakeview Highway, in Lake County. Completed July 2, 1940. 


Contract No. 2248, with F. R. Hewett, for furnishing 
crushed rock on the Mountain Rest-iit. Vernon Section of 
the Pendleton-John Day and Beach Creek Secondary Highways 
in Grant County. Completed July 30, 1940. 


Contract No. 2258, with E. C. Hall Company, for sur- 
facing and oiling the Trout Creek-Toll Creek Section of 
the Santian Highway, in Linn County. Completed July 27, 
1940. 


Contract No. 2271, with A. S. Wallace, for furnishing 
crushed rock for the Bend-Millican Section of the Central 
Oregon Highway, in Deschutes County. Completed June 29; 
1940. 


Contract No. 2278, with Averill & Corbin, for repair-- 
ing the steel bridge over the Willamette River at Corvallis 
and reconstructing trestle approach thereto, in Benton and 
Linn Counties. Completed July 31, 1940. 


Contract No. 2281, with Triangle Construction Company, 
for grading, surfacing, and oiling the John Day-Prairie 
City Section of the John Day Highway, in Grant County. 
Completed July 31, 1940. 
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(State Projects on Primary Highways continucd:) 
SUMMARY 
Divisions 1 and2------- $130,000 
Division 3 ----------- 270, 000 
Division 4----------- 225,000 
Division 5 ----------- 255,000 
Total $880, 000 
STATE PROJECTS ON SECONDARY HIGHWAYS 
Estimated 
County Highway Section and Kind of Work Cost 
DIVISIONS 1 AND 2 
Lincoln Siletz North End (Intermittent), Grade, Surf. ‘* 30,000 
Benton Kings Valley Pedee Section, Grade, Surface, Oil 30,000 
Lincoln Eddyville- Yaquina River Bridge at Nashville 20,000 
Blodgett Total, Divisions 1 and 2 $ 80,000 
DIVISION 3 
*Benton Territorial Monroe-South, 3 mi., Grade, Surf., Oil $ 20,000 
Douglas Tiller-Trail Days Creek-Milo, Grade, Surf., Oil 40,000 
Douglas Powers Road Powers Road 30,000 
Total, Division 3 3 90,000 
) DIVISION 4 
Deschutes Century Drive Bend-Forest Boundary, Surface and Oil $ 15,000 
Lake Adel Secondary Intermittent, Grade and Surface 30, 000 
Hood River Hood River Sec- Hood River Sec., Grade, Surf. Oil 25,000 
ondary Total, Division 4 $ 70,000 
DIVISION 5 
Baker Medical Springs Union County Line-Miles Bridge, Grade, $ 30,000 
Surface, Oil 
Union Medical Springs Benson Park, Surface and Oil 35,000 
| *iWalheur Vale—West All, Grade, Surface and Oil 30, 000 
| *Gillian Condon-Heppner  Condon-Top of Rock Creek Hill, Surf.,0i1 30,000 
: Harney Frenchglen Burns-Narrows, Grade and Surface 50,000 
: Mheeler Shaniko-Fossil Clarno-Chichester, Grade, Surface, Oil 20,000 
*Union Starkey Meadowbrook-GrandeRonde River,Grade,Surf.__20,000 
Total, Division 5 $215,000 


* Projects marked thus were 


tentatively approved only 


SUMMARY 
Divisions 1 and 2------- $ 80,000 
Division 3 ----------- 90,000 
Division 4----------- 70,000 
Division 5 ----------- 215,000 
Total $455,000 


Tuesday and Wednesday, November 12 and 13; Tuesday and Wednesday, December 17 
and 18, 1940; and Thursday and Friday, January 23 and 24, 1941. The Secre- 
tary was instructed to make the usual arrangements to hold these meetings in 
the auditorium of the Public Service Building. 


The Commission also discussed a dute for its provesed inspection 
of highways in Eastern Oregon. This was tentatively set for the first week 
in October, subject to ratification later. 


The Comission adjourned at 6:15 p. m. and reconvened at 7:30 p. m. 
in Chairman Cabell's home, all Coumissioners being present and participating. 
Also przsent were the State Highway Enginecr, the Attorney, and the Secretary. 


The Comaission ad under discussion the selection of projects for 
construction in 1941 on primary and secondary state highways and to be fi- 
nanced with state funds. The Engineer submitted a list of eligible projects 
from which the Ooumission, by unanimous vote, selected the following and au- 
thorized the Engineer to advertise them for bids to be received as soon 4s 
plans and specifications can be prepared for the sane: 


STaTE PROJECTS ON PRIMARY HIGHWAYS 
Estimated 
County Highway Section and Kind of Work Cost 
DIVISIONS 1 AND 2 


Benton Corvallis-Newocrt Blodgett, overcrossing & bridge § 50.C90 
Lincoln Alsea Tidewater, Grade, Surface, & Ci1 50,000 
Linn South Santian Foster-Cascadia,ll mi., Grad,Surt,0i] _ 40,000 

Total, Divisions 1 and < $7 40, 900 


DIVISION 3 
Douglas Pacific Unpqua River Bridge at Dillard 9209, 000 
#Lane Pacific Eugene Section, Crad, & Pav. 70,000 
Total, Div=sion 3 $270, 000 


DIVISION 4 
Lake K.Falls—Lakeview Cottonwood Cr.-Forest Boundary, $125 , 000 
Grade, Surface, and Oil 
*Klenath K.Falls—Lakeview Klamath Falls (6th Street) 100,000 
Total, Division 4 $225,000 


DIVISION 
“Harney Burns—Crane E. Unit, Surface and oil § 40,000 
Baker Bake r—Home stead Flagstaff Hill-Middle Bridge, 120,000 
Grade, Surface, and Oil 
*Baker Baker-Unity Hereford-Unity, 11 mi., Surf. & Oil 25,000 
+Morrow Heppner Jones Hill-Lena, Surface and Oil 70,000 
Total, Division 5 $255,000 


# Projects marked thus were tentatively approved only 
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(Bienniel Budget - Capital Outlays - continued) 


First Half Fiscal Years 
1941 1942 1943 

1943 federal projects ($3,850, 000) 3 itn By = = % 3,000,000 
PK highway projects -- -- -- 
WPA Woif Creek and Wilson River 175,000 -- -- 
State construction (primary:) 200, 000 1,230,000 1,600,060 
State construction (secondary) 120,000 750,000 900, 000 
Cooperation in forest road work -- 100, 000 100,000 
Minor betterments (primary) 75,000 200,000 200,000 
Minor betterments (secondary) 25,000 100, 000 100,000 
Surveys (primary) 90,000 175,000 175,000 
Surveys (secondary) 25,000 50,000 50,000 
Surveys (county roads) 10,000 25,000 25,000 
Engineering county construction 3,000 5,000 5,000 
Property acquisition, field expense 15,000 30,000 30,000 
Purchase of real property: 

For rights of way 250,000 525,000 550,000 

For right of way on Front Avenue 165,000 -=- — 

For quarries and gravel pits 10,000 20,000 20,000 

For stockpile sites 5,000 5,000 5,000 

For parks 40,000 75 000 75, 000 

For miscellaneous sites 7 10,000 20,000 20,000 

) Construction of buildings and improvements: 

In parks 15,000 30,000 30,000 

At maintenance stations 40,000 125,000 150,000 

On other properties 55,000 25,000 -- 
Equipment : 

Purchase of equipment 150,000 350,000 350,000 

Sale and depreciation credits Cr. 125,000 Cr. 300,000 Cr. 300,000 
Contingency reserve, construction 50,000 250,000 250,000 
Maintenance: 
Special maintenance (primary) 190,000 430,000 450,000 
Special maintenance nw 0, 000 50,000 55,000 
General maintenance (primary) 1,000,000 2,500,000 2,530,000 
General maintenance (secondary) 300, 000 670, 000 685,000 
General maintenance (county roads) 10,000 20,000 20,000 
Maintenance supervision expense 55,000 115,000 120,000 
Contingencies, maintenance 75,000 150,000 150,000 

ations: : 
Administration and general supervision 225,000 460,000 470,000 
Planning and traffic surveys 25,000 50,000 50,000 
Travel and Information Bureau 80,000 100,000 170,000 
Radio system, maintenance and supervision 5,000 5,000 5,000 
Quarry and gravel pit leases 2,000 5,000 5,000 
Stockpile site leases 1,000 1,000 1,000 


(Continued on next page) 
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The Commission also discussed a budget for the two and one-half-year 
period commencing January 1, 1941, and ending June 30, 1943, as requested by 


the State Pudget Director, for submission to the Legislature. 


sideration the following budget was adopted by unanimous voie: 


BIENNIAL BUDGET, Years 1941, 1942 and 1943 
tate Highw fod 


First Half 


liotor vehicle license fees 

Gasoline tax 

ijotor transportation fees 

Fines for traffic law violations 

Cash discounts 

County cooveration 

1935-38 federal funds 

1939 federal aid funds 

1939 federal secondary funds 

1939 federal grade sevaration funds 
1940 federal aid funds (1,639,000) 
1940 FLH funds (561,000) 

1940 federal secondary funds (246,000) 
1940 federal grade sep. funds (%225,000) 
1941 federal funds ($2,595,000) 

1942 federal funds ($2,215,000) 

1943 federal funds ($2,215,000) 


Estinated total receipts 3 


Less contribution to State Police 
Less contribution to counties 


Net receipts for highway purposes 
First of year balance 


Estimated total available funds 5 


EXPENDITURES : 
Capital Outlays: 


1935~38 federal projects 

1939 federal aid projects 

1939 federal grade separation projects 
1940 federal aid projects (32,969,000) 
1940 federal secondary projects{ 531,000) 
1940 federal grade se>. projects(*%266,000) 
1941 federal projects ($4,300,000) 

1942 federal projects ($3,850,000) 


(Continued on next page) 


1940 


1941 


2,400, 000 
4,850,000 
513,000 
15,000 
5,000 
100,000 
125,000 
30,000 
50,000 
200,000 
10,000 
20,000 
50,000 
415,000 


& , 783,000 


176,000 


393,000 


$8,214,000 
—~267,000 


9,181,000 


After full con- 


<n atewepaneel Years 


1942 


4 3,030,000 
11, 670,000 
1,168,000 
30, 000 
10,000 
4,000 
75,000 
50,000 
200,000 


$16,400,000 
2,764,000 


$19,164,000 


1943 


% 2,870,000 


11,900,000 
1,207,000 
30, 000 
10,000 


745,000 
"00, 000 


~ £00.0%) 


pit, 362,000 


357,000 
2 


715,505,000 
— 27561000 


418,259,000 


construction of the same. The following letters directed to the Public Roads 
Administration requesting such designations were thereupon signed by the-Com- 
mission: 


Public Roads Adainistration 
P. 0. Box 3900 
Portland, Oregon 


Gentlemen: 


In order that federal aid funds may be utilized in the 
building of the important "cut-off" highway between the Wapinitie 
Highway at Clear Creek and The Dalles-California Hignway at Madras 
the Highway Commission requests that that highway be added to the 
Federal Aid System. 


The gross length of this road is 46.4 miles. Of this, 7.0 
miles are in a National Forest and 27.0 miles are in the Warm Springs 
Indian Reservation. The net federal aid length is, therefore, only 
12.4 miles. ’ 


The total cost of the 46.4 miles of road is expected to be 
about $1,500,000 and, of that amount, about $600,000 is already ex- 
pended or wider contract. The road will effect a saving in distance 

] of 32 miles for a present traffic of about 200 venicles per day. 


A suggested description for the new road is as follows: 


From a point on Federal Aid Read No. 24 about 16.7 
miles east of Government Camp, south and east to a 
point on Federal Aid Road No. 4 near Madras. 


A map showing the location of the proposed road is submit- 
ted herewith, 
Very truly yours, 


OREGON STATE HIGHWAY COMMISSION 


Mr. W. H. Lynch, District Engineer 
Public Roads Administration 
P.O. Box 3900, Portland, Oregon 


Dear Sir: 

In order to provide a more direct and shorter routing for 
Federal Aid Road No. 1, the Highway Commission requests changes in 
the Federal Aid Highway System as follows: 


1. Adopt as the location for Federal Aid Road No. 1, the 
straight-line route fron Boardman to a point two miles 
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Biennial Budget - Operations - continued) 


First Half 
1941 


Park operation and maintenance $ 20,000 
Maintenance station operation 15,000 
Truck scale maintenance 5,000 
Drawbridge and ferry operation 25,000 
Research and special investigations 10,000 
Miscellaneous general expense 20,000 
Increase in revolving fund 50,000 


rvii C ccounts: 


Equipment repair shops - charges 500,000 
Equipment repair shops — credits Cr. 500,000 
Other service and elearing accounts - net -- 


Debt Service: 


Bond maturities : 1,075,000 
Bond interest 306 , 000 


Estinated total exoenditures 36,417,000 


Unexpended balances 2,764,000 2,754,000 
$9,181,000 $19,164,000 $18,259,000 


The Commission discussed the matter of placing the Fort Stevens Coun- 
ty Road, in Clatsop County, on the state secondary highwey system but deferred 
action thereon pending consultation with the Clatsop County Court. 


The Commission discussed the matter of placing on the federal aid 
highway system the following described highways: 


Warm Springs Highway from a point on Federal Aid Road No. 24, 
about 16.7 miles east of Government Camp, in Clackamas County, and 
extending in a southerly and easterly direction to a point on feder- 
al Aid Road No. 4, near Madras, in Jefferson County, a gross length 
of 46.4 miles. 


Revision of the Old Oregon Trail, beginning at a point on Fed- 
eral Aid Road No. 1, at Boardman, in .iorrow County, and extending in 
a southeasterly direction a distance of approximately 25.57 miles to 
a point on Federal Aid Road No. 1, about 2 miles east of Stanfield, 
in Umatilla County. 


The Commission decided unanimously to place these roads on the federal aid sys- 
tem in order to make available thereto federal aid funds with which to expedite 


(Keating Hoad-Ruckles Creek Suction continued) 


E. L. Gates 

Max J. Kuney 

Berke Bros. 

Tony Marrazzo 

Colonial Construction Company 
J.C. Papin 

Frank Penepacker 


OLD OREGON TRAIL 


TROY RANCH SECTIOx - GaDING AND BITUMINOUS MACADAM SURFACING 


McNutt Bros. 

M. L. O'Neil & Son 
Leonard & Slate 

E. Le Rigdon 

Max J. Kuney 
Colonial Construction Company 
E. L. Gates 

Norris Bros. 

Berke Bros. 

E. C. Hall Company 
Frank Penepacker 
Tony Marrazzo 


CENTRAL OREGON HIGHWAY 
SAGE HEN HILL-HARNEY SECTION — FURNISH CRUSHED ROCK 


Chester T. Lackey 

R. O. Dail & Warren Bros. 
A. S. Wallace 

Clifford A. Dunn 


OLD OREGON TRaIL 
SOUTH NEWPORT SECTION - GRADING, SURFACING, aND OILING 


Using Road Qil 
A. Milne $ 23,967.50 
ticNutt. Bros. 26,961.50 
Coos Bay Dredging Company 29,954.20 
Edlefsen-Weygandt Company 29,978.60 
A. T. Dolan 32,891.50 
Newport Construction Company 33,727.00 


OREGON COAST HIGifWAY 


REDRIVING PIER FENDERS FOR YAQUINA BAY BRIDGE 


Tom Lillebo 

Coos Bay Dredging Company 

The Gilpin Construction Company 
MeNutt Bros. 


$30,921.60 


31, 390.10 
32, 404,00 
34,205.10 
34,262.00 
37,421.00 
37 5949-90 
38,582.80 
38,816.40 
40,022.00 
40,933.90 
445652420 


$18,835.00 
19,217.50 
20, 346-00 
21,292.50 


29,976.20 


33, 314-90 


$15, 865.00 
15,971.60 
17,643.00 
18,149.00 
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east of Stanfield which is shovm on the accompanying map. 
This change is 25.57 miles in length and results in a dis- 
tance saving of 7.57 miles. 


2. Retain on the Federal Aid System the roads at present 
traversed by Road No. 1, by adding the Boardman-Unatilla 
Unit to Federal Aid Road No. 18 and by assigning a new 
federal aid road number to the unit between Umatilla and 
the junction east of Stanfield. 


Oregon's present unallocated mileage is 74.20. The change 
requested will utilize 25.57 miles of this. 


Very truly yours, 


OREGON STATE HIGHWAY COMMISSION 


The Commission adjourned at 9:00 p. m., to reconvene on the follov— 
ing morning in the Public Service Building. 


Portland, Oregon, August 23, 1940 


The State Highway Commission reconvened in regular session at 9:0C 
a. m. in the auditorium of the Public Service Building. Present were: 


Henry F. Cabell, Chairman 

Huron W. Cloug’ , Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


Commissioner Oliver was excused from attending this meeting. 


Bids as follows for highway construction projects and for the sale 
of scrap materials and obsolete equipnent were opened and read in conformance 
with previously published notice, following which Chairmen Cabell announced 
that the award of contracts would be made at 2:00 p. m. in the same room: 


BAKER-HOLESTEAD HIGHWAY 
KEATING ROAD-RUCKLES CREEK SECTION » GRADING AND BRIDGE CONSTRUCTION 


leonard & Slate $51,818.00 
McNutt Bros. 52,570,00 . 
MK. L. O'Neil & Son 55,899.25 
E. C. Hall Company 55,903.00 
E. L. Rigdon 55,911.80 


(Continued on next page) 
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conferred with the Commission. Mr. Turnbull brought up for discussion the mat- 

ter of constructing the proposed connection between the Pacific Highway and Sev- | 
enth Street, in Eugene, which is a part of the Commission's scheme for the re- | 
arrangement of the Pacific Highway route through Eugene. He urged the Commis- 
sion to construct such connection this fall. He was informed by Chairman Cabell 
that the Commission discussed this matter at its meeting on the previous day 
but decided to hold the matter in abeyance pending action by Congress on the 
Federal Aid Bill, which provides for federal funds for the fiscal years 1942-43. 
The Commission is favorable to this project, he added, but prefers not to make 
any definite commitment to it until it has had an opportunity to adjust its fi- 
nances,. i 


Mr. Hail inquired as to the Commission's plans for the construction 

of a road leading from the Willamette Highway to Crescent Lake. He was informed } 
that the Engineer has not as yet had time to inspect this road but will do so ' 
in the near future; also, that the Public Roads Administration contemplates 

making a location survey of the road soon, but that is the extent of the infor- 
nation that can be given at this time. The Engineer was thereupon instructed ' 
by the Commission to contact ir. H. D. Farmer of the Public Roads Administra- 
tion and arrange for a joint inspection of the project as soon as possible. | 


Dr. L. I. Hewes, Chief, Western Region, Public Roads Administration, 
was present and discussed with the Commission certain highways that have been j 
designated by the Federal Government as'strategic highways from the military 
standpoint. The Commission questioned the selection in certain instances, it 
being the thought of the Coamission that the government officials have select- 
ed certain roads that are not so important as others on the state system. Aft- 
er discussion, the Engineer was instructed to forward to the Public Roads Admin- 
istration a map showing the various selected routes, in color, and to point out 
the inconsistencies. He was also instructed to make a thorough study of the 
situation and to file with the Public Roads Administration 2 supplemental let- 
ter recommending changes and substitutions that may appear desirable. 


County Judge Charles E. Baird, of Baker County, was present. He 
asked the Commission for the following improvements: construction on the Baker- 
Homestead Highway and improvement of the Sumpter Valley Secondary Highway. He 
said that these tio projects are the ones of first importance to the people of 
Baker County. He also said that the county would like some additional work on 
the Medical Springs Road but such improvement is secondary to the other two. 
Judge Baird inquired whether or not the State Highway Conmission would cooperate ' 
with the county in securing a W.P.A. project on th: Suapter Valley Secondary 
Highway. He pointed out that mining operations are being carried on quite ex- 
tensively in the district served by this road and he anticipates that such op- 
erations will continue for a long tine to come, hence the need for a good road. 
He also said that Baker County will sponsor the V.P.A. project but would like 
the Commission to help in any way that it can. The Commission agreed to give 
the matter consideration. 


The Commission adjourned at 12:10 p. m. and reconvened at 2:00 p. m. 
in the same room with the same persons present and participating. 
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SALEM-DAYTON SECONDARY HIGHWAY 
RECONSTRUCTION OF KING CREEK CULVERT 


J. F. Johnston $% 5,00C.0C 
Birkemeier & Saremal 5705 .% 
Barham Bros. 7,95C.-€ 
Jacobsen-Jensen Company 13, 600. .:0 


OREGON COAST HIGHWAY 
WIDEN EXISTING BRIDGE OVER BEAVER CREEK, AT BEAVER 


Birkemeier & Saremal $11, 375.00 
Clifford A. Dunn 12,270.00 
LicNutt Bros. 12,810.0¢ 
Babler Bros 12,870.00 
J. F. Johnston 13, 338.0C 
Averill & Corbin 13,435.06 
Barham Bros. 15,510.00 
A. T. Dolan 16,000.00 
Frank Watt Construction Company 16,635.00 


The Commission also received bids for the purchase of obsolete equip. 
ment and an accumulation of scrap materials stored at the Highway Department 
Shops at Salem, Klamath Falls, Coquille, and La Grande, as previously advertixe) 
These bids weré all referred by the Commission to the Engineer with power to 
sell the various items to the high bidder in each instance if the bids compar 
favorably with the appraised value of the items. Announcement to that effect 
was made by the Chairman, Henry F. Cabell. 


lr. G. R. Van Vieet and his attorney, lr. Carl E. Davidson, came be- 
fore the Commission in regard to the truck-hauling of logs over the Cannon 
Beach Road. Mr. Van Vleet stated that he has purchased a large stand of tin- 
ber east and south of the Cannon Beach Road and, in order to market this tin- 
ber, it will be necessary for him to transport the logs over this state high- 
way. He said that he would cut logs into 32-foot lengths and would use trucks 
with cabs built over the motor so as to reduce the overall length as much as 
possible. He further advised that he is aware of the fact that the Cannon 
Beach Road is very crooked and would have to be widened at certain places in 
order to accommodate his hauling. However, he said that he owns certain con- 
struction equipment which he would be glad to place on the widening work if the 
Highway Commission would grant hin the privilege of hauling logs over the road 
at any time of the year. After discussion, the Commission referred the matter 
to the Engineer for investigation and report as to what it would cost to im- 
prove the alignment of the present road to accommodate Mr. Van Vleet's opere- 
tions. It was understood that the Engineer would contact Mr. Van Vleet after 
his report has been rendered and passed upon by the Commission. 


Messrs. Ed. Turnbull and Fred Brenne, officers in the Eugene Chamber 
of Commerce, and Fred R. Hall, of Crescent Lake, Oregon, we. present and 
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the contract to J. F. Johnston, the low bidder, at his bid price of 
$5,000.00. 


"Beaver Creek Bridge Section of the Oregon Coast Highway, in 
Tillamook County. ‘Widening of existing bridge over Beaver Creek at 
Beaver. 9 bids were received for this project, the low one being 
that of Birkemeier & Saremal, Portland, at $11,375.00, and the 
second-low being that of Clifford A. Dunn, Klamath Falls, in the 
amount of $12,270.00. The Commission awards the contract to the 
low bidders, Birkemeier & Saremal, at their bid of $11,375.00. 


“Sale of scrap materials at Salem, No bids were received on 
Items 4 and §. The tabulation of bids received for the purchase of 
the other items of material requires further investigation, so they 
are all referred to the Engineer with power to sell the material to 
the high bidder in each instance. 


“Sale of scrap materials at Coquille. All bids for *+he purchase 
of this material were. referred to the Engineer with power to sell the 
material to the high bidder in each instance. 


“Sale of scrap materials at Klamath Falls. No bids were re- 
ceived on Items 1, 2, and 3. All bids received for the purchase of 
the other items of material were referred to the Engineer with power 
to sell the material to the high bidder in each instance. 


"Sale of scrap materials at La Grande. All bids received for 
the materials listed in Items 1 to 10, inclusive, were rejected, All 
bids received for the purchase of the other items of material were 
referred to the Engineer with power to sell the material to the high 
bidder in each instance." 


The Engineer requested authority to advertise for bids for the con- 
struction of maintenance station buildings at the following locations: 


2703 Condon 36!x105' Maintenance Bldg. (with office) i2j 
2707 Newport 32'x10l1' Maintenance Bldg. (with office) 11,500 
5167 Troutdale § 36'x105' idaintenance Bldg. (with office)) 12,000 
2704 Seneca 36'x76' Maintenance Bldg. (2 houses, etc.) 22,000 
2705 Prospect 36'x76' sdaintenance Bldg. (2 houses, water 
system, etc.) 24,000 
2706 Necanicum 32'x76' Maintenance Bldg. (2 houses, water 
Junction system, etc. 22,000 
Total $115,500 


Note: Estimates do not include surfacing of yards. It is tentatively planned 
) that the surfacing will be placed by state forces. 


Chairman Cabell announced the following awards of contracts and sale 
of scrap material, bids for which were taken at the morning session, such 
awards having been previously approved by the Commission by unanimous vote: 


“Keating Road-Ruckles Creek Section of the Baker-Homestead High- 
way, in Baker County. 4.79 miles grading, and construction of a 
bridge. There were 12 bids received for this project, the low one 
being that of Leonard & Slate, Multnomah, at $51,818.00, and the 
second-low being that of iicNutt Bros., Eugene, at $52,570.00. The 
Commission awards the contract to the low bidders, Leonard & Slate, 
at their bid of $51,818.00. 


"Troy Ranch Section of the Old Oregon Trail, in Baker County. 
0.73 mile grading and bituninous macadam surfacing. McNutt Bros., 
Eugene, were the low bidders on this project, at $30,921.60. NM. L. 
O'Neil & Son, Eugene, were the second-low bidders at $31,390.10. 
There were 10 higher bidders. The Commission refers all bids re~ 
ceived for this project to the Engineer with power to award the 
contract to the low bidder when certain conditions have been satis- 
fied. 


"Sage Hen Hill-Harney Section of the Central Oregon Highway, in 
Harney County. Furnish approximately 9,700 cubic yards crushed rock 
in stock piles. The low bidder for this project was Chester T. Lack- 
ey, Ontario, at $18,835.00. The second-low bidder was R. 0. Dail & 
Warren Bros., Inc., Portland, at $19,217.50. There were two higher 
bidders. The Commission awards the contract to the low bidder, Ches- 
ter T. Lackey, at his bid of $18,835.00. 


“South Newport Section of the Oregon Coast Highway, in Lincoln 
County. 0.61 mile grading, surfacing, and oiling. A. iilne, Port- 
land, submitted the low bid for this project at $23,967.50, based on 
the use of road oil, with no bid based on the use of tar. iicllutt 
Bros., Eugene, submitted the second-low bid at $26,961.50, based on 
the use of road oil, and $27,063.40, based on the use of tar. There 
were 4 higher bidders. The Commission awards the contract to A. 
Ldlne, the low bidder, at his bid of $23,967.50, based on the use of 
road oil. 


"Redrive fenders for Yaquina Bay Bridge on the Oregon Coast 
Highway, at Newport, in Lincoln County. There were 4 bids received 
for this project, the low one being that of Tom Lillebo, Keedsport, 
at $15,865.00, and the second—low being that of Coos Bay Dreding 
Company, Marshfield, at $15,971.60. The Commission awards the con- 
tract to the low bidder, Tom Lillebo, at his bid of $15,865.00. 


"King Creek Culvert on the Salem-Dayton Secondary Highway, in 
Polk County. Reconstruction of 105" x 140' multiplate culvert. 
J. F. Johnston, Newberg, submitted the low bid at $5,000.00. Bi:- 
kemeier & Saremal, Portland, submitted the second-low bid at 
$5,765.00. There were two higher bidders. The Commission awards 


considered that the use of the state's oroperty for such purpose would react 
adversely to the best interests of the State Highway Department. 


The Commission discussed a letter fron the Oregon-American Lumber 
Corporation requesting the early oiling of the Banks-Buxton Section of the 
Wolf Creek Highway so as to make this section available for general public use 
this winter. The Engineer advised that this section will not be completely 
surfaced until after the first of January, 1941, and that it would be absolute- 
ly impossible to oil the section until the weather conditions are favorable 
next year. Chairman Cabell stated that he would convey such information to 
the Corporation. 


The Engineer brought up for discussion the matter of landscaping the 
Oswego Section of the Oswego Highway, as has been requested by citizens of that 
town. He advised that he has not as yet had an opportunity to investigate this 
matter personally although he plans to do so this coming week and will have a 
report for the Commission at its next meeting. 

The matter of designating the Netarts County Road, in Tillamook Coun- 
ty, a state secondary highway was discussed. The Commission decided to so des- 
ignate tais road if the Tillamook County Court will make application for such 
designation in proper form. The Engineer was instructed to see that the prop- 
er form of resolution is forwarded to the court for adoption. 


The Commission considered and denied the request of the Oregon Road- 
side Council that the Highway Camission intercede with the Legislature in ite 
behalf for state funds with which to finance the activities of this Council. 


The Engineer reported a request from County Roadmaster George Buck, 
of Multnomah County, for permission to remove certain trees and shrubs that 
were planted adjacent to the Pacific Highway jest near the city limits of Port- 
land, particularly at the intersection of Southwest 13th Street and Capital 
Hill Road. It appears that when the highway was constructed at this location 
no provision was made for a connection with either the Capital Hill Road or 
Southwest 13th Street, which intersect very close to the highway right of way, 
and that certain landscaping work, including the planting of trees and shrubs, 
was performed on the highway right of way at the points where both of these 
roads enter the highway, it being considered at that time that connections to 
the highway would never be constructed, However, it now appears that the coun- 
ty intends to fill in these areas and to build up the apnroaches, and, in order 
to accommodate such improvement, certain portions of the landscaping work must 
be removed. In view of the circumstances, the Commission approved the request. 


The Attorney reported receipt of a communication from iirs. Echols, 
of Agate Beach, suggesting that it would be a fine thing for the State Highway 
Department to acquire for recreational purposes a promontory known as Iron 
iountain, situate a short distance east of the Oregon Coast Highway, near 
Agate Beach. ilrs. Echols advised, he said, that a third party is seriously 
considering the purchase of this property for private purposes but, in her es- 
timation, the state should have first refusal of the same because of its 
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After discussion the Commission approved the request, subject to approval by 
Commissioner Oliver and subject, further, to a review by the members of the 

Commission of the plans for the residence buildings involved. The Engineer 

was instructed to send a set of the building plans to each Commissioner «ic 

to secure Cauwnissioner Oliver's reaction to the proposed expenditure. 


The Engineer brought up for discussion a request from Klamath Covr— 
ty for state aid in securing an airview picture of the South Sixth Street 
district in Klameth Falls, where improvements of the state highway are conte™.- 
plated by the Commission. He said that it is estimated that the picture 
would cost about %400.00 and that the county is asking the Highway Commissio. 
to pay $200.00 of this expense. He recommended approval of the request. ‘h: 
Commission approved the recommendation. 


The Secretary presented a petition signed by numerous residents of 
South Salem urging discontinuance of the detour that is now being maintained 
around the highway construction work in South Salem. The Commission consid- 
ered it best to maintain this detour in the interests of public safety, it 
being the opinion of the Commission that such interests are paramount to the 
interests of the local residents, particularly in view of the fact that it is 
anticipated that the detour will be needed for only a short time. 


Consideration was given by the Commission to the request of the U.S. 
Fish and Wild Life Service for permission to obtain approximately 6,000 cubic 
yards of rock from land acquired by the Commission from Alice Jordan in con- 


nection with a right of way settlement along the Columbia River Highway east 
of Troutdale. The Commission indicated a reluctance to grant this request l2- 
cause of the scar in the landscape that would result therefrom. However, th> 
Commission approved the removal of the rock if it will not mar the landscape 
and cause an unsightly appearance along the highway. The Engineer was in- 
structed to refer this matter to the Landscape Engineer for investigation and 
report. 


The Commission discussed a report from Division Engineer E. A. Col- 
lier with respect to the trimming of trees along the Pacific Highway East by 
a ur. A. V. Sundholm, who owns an auto camp at a place known as Harts Pond. 
It appears that «ir. Sundholm owns a 265-foot frontage along the highway at 
this location and that he has trimmed to a height of 12 feet above the ground 
all of the oak trees growing on the highway right of way in front of this 
property. Further, that he has requested permission to cut down and remove 
entirely two oak trees so that his signs may be seen more plainly from the 
highway. The Engineer recommended that .ir. Sundholm be not permitted to 
either cut the trees or trim them. The Commission approved the reconmenda- 
tion as a matter of policy and instructed the Attorney to so inform Mr. Sund- 
holn. 


A letter was presented from R. S. Goold, Coordinator for the Nation- 
al Defense Training Workers, La Grande, Oregon, requesting the privilege of 
conducting a training class of such workers in the state highway shops ai La 
Grande. The Commission denied the request as a matter of policy, it being 
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Agreement with Charles B. Short and wife and Fred Williams and wife 
providing for the payment of damages arising out of construction of the 
Nyssa undercrossing on the Old Oregon Trail, at Nyssa. Right of Way 
Transaction 7461. 


Agreement with Loring Taylor, Administrator of the estate of Albert 
Hensch, deceased, providing for the payment of damages arising out of con— 
struction of the Nyssa Undercrossing Section of the Old Oregon Trail, in 
Malheur County. Right of Way Transaction 7646. 


Agreement with the Southern Pacific Company covering the construction 
of an 18-inch culvert pipe across a portion of the Southern Pacific Com- 
pany's right of way in the vicinity of North Bend. 


Easement azreenent with Gertrude Cox and Ray T. Cox providing for the 
use of a detow road across the Cox property situate in Section 6, Town- 
ship 37 South, Range 9 East, 4. Mi., Klamath County, adjacent to The Dalles 
California Highway. Right of Way File 8131. 


Bargain and Sale Deed conveying unto Walter R. Bradley 16,158 sq. ft. 
of land situate in the Southwest Quarter of the Southwest Quarter of Sec-— 
tion 23, Township 13 South, Range 31 East, VW. M., Grant County. Right of 
Way Transaction 8133. 


Agreement with Peninsula Drainage District No. 1., liultnomah County, 
providing for the construction of a flood wall on the right of way of the 
Swift Secondary Highway, in North Portland. 


Agreement with iiountain States Power Company providing for use of 
one of the company's poles for suspending cable attachments in connection 
with traffic light installation at the intersection of uain Street with 
the Pacific Highway Bast in the tow of Jefferson, Marion County. 


Agreement with Henry Semon and wife pertaining to right of way re- 
quired for the Klamath Falls-NMerrill Section of the Klamath Falls-Malin 
Highway. 


There being no further business to come before the Commission at this 
time, the meeting was adjourned at 3:30 p. nm. 


VV ; ( al 
Chairman 
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prs Highway ae Commissioner 


Secretary Commissioner 
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desirability from the state parks standpoint. The Engineer advised that the 
Highway Department now owns a portion of this mountain, having purchased the 
Same as @ source of road-building materials, He questioned the suitability of 
the area for recreational purposes. The Commission discussed the matter but 
deferred its decision pending further investigation and report by the Ingineer 
and the State Parks Superintendent. 


The Commission considered and signed agreements, et ceters, as fo.- 
lows: 


Agreement with Bonneville Power Administration covering the 
construction of electric power transmission lines over and across 
certain state highways, 


Agreement with Clarence Cox, Albany, disposing of his claim 
for damages resulting to his property described as Lot 17, Waverly 
Fruit Farms, in Linn County, by reason of the construction of the 
Airport Road-Albany Section of the Pacific Highway East. 


Agreement with Bruno Huslik and wife, Bend, providing for the 
disposal of their claim for damages to their vroverty, described as 
Lots 7 and 8, of Slock 10, Center Addition to Bend, by reason of a 
change in -;rade in Franklin Avenue. Right of “Jay Transaction 8027. 


Agreenent with Earl C. Reynolds and wife, Klanath Falls, cov- 
ering the matter of reconstruction of the ilanath Falls—Malin Sec- 
tion of the Klamath Falls-ilalin Highway, in Klamath County, which 
requires additional right of way from the Reynoldses. kight of Way 
Transaction 7563. 


Agreement with the City of Albany cevering certain culvert in— 
stallations in Albany. Right of Way Transaction 22-1030. 


Agreement with A. S. Wallace, contractor, disposing of his 
claim for extra compensation arising out of his contract No. 2271 
for the furnishing of maintenance materials for the 2end-lillican 
Section of the Central Oregon Highway, in Deschutes County. 


Agreement with the Amalgamated Sugar Company disposing of the 
company's claim for injury and losses that it will sustain by rea- 
son of the construction of the Nyssa Underpass in the town or Nyssa. 


Agreement with Susan Durrell covering lease to iirs. Du~=1l for 
a period of five years, of certain state-ovmed property situate in 
the Northwest Quarter of the Southwest Quarter of Section 13, ‘om- 
ship 12 South, Range 5 West, VW. li., Benton County. Right of “lay 
Transaction 8125. 


Agreenent with the Southern Pacific Company terminating lease 
of a gravel storage site situate on railroad company property at 
Jilbur, Oregon. 
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Camiission also inspected the Condon—ilenpner Secondary State Highvay in com- 
yany with the iiorrow County Court. 
Cha 
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Pendleton, Oregon, September 30, 1940 


The State Highway Commission were guests of the Pendleton Chamler 
of Commerce at dinner in the dining room of the Pendleton Hotel, following 
which at 8:30 p. m. the Commission discussed highway matters with a nunber of 
delegations from Pendleton and outlying districts. Present were: 


Henry F. Cabell, Chairman 

Huron W. Clough, Commissioner 

Herman Oliver, Commissioner 

R. H. Baldock, State Highway Engineer 
H. B. Glaisyer, Secretary 


representing the State Highway Department, and about fifty local citizens. 
lat. Donald Robison, President of the Pendleton Chamber of Commerce, presided. 
Ile called upon members of the State idighiay Commission for remarks. 


Responding, Chairman Cabell explained the Commission's financial set- 
up, including the uncertainty concerning expenditures of federal aid funds. He 
pointed out that Congress has authorized an appropriation for fiscal years 
1942 and 1943 but advised that the amounts authorized are less than those pro- 
vided for the years 1940 and 1941; also, that the law provides that the roads 
that are to be improved with such funds must be passed on by the Public Roads 
Administration and the army authorities who are to select the roads of pri- 
mary importance from the government and military standpoint. He advised that 
under the circuustances it is difficult for the Commission to arrange any pro- 
gran for the federal moneys, and the Commission will not know how to allocate 
the state moneys until it knows how the federal moneys are to be spent. 
account of the uncertainty, he added, the Commission is not in position at the 
present time to make any definite statements with respect to future highway 
programs but will be glad to give consideration to the projects desired by the 
various districts of the state at such time as a program is arranged. Commis- 
sioners Clough and Oliver coneurred in the remarks of Chairman Cabell. 


. Robison then called upon the delegations to present th ir re- 
spective projects. 


Clarne, Oregon, September 30, 1940 


The State Highway Commission met with members of Clarno Grange No. 
674 at 1:30 p. m. in the Clarno Grange hall, following a sumptuous chicken 
dinner provided by the Grange members. Present at such meeting were the fol- 
lowing, representing the State Highway Department: 


Henry F. Cabell, Chairman 

Huron W. Clough, Commissioner 

Herman Oliver, Commissioner 

R. H. Baldock, State Highway Engineer 
H. B. Glaisyer, Secretary 


OD 


There were about forty Grange members present, including Buster Burgess, H. R. 
Kaiser, R. S. Keller, and Mr. Steel of Fossil, .r. Olson of Shaniko, Barney 
Rufus of Antelope, and Henry .icGreer of Clarno. iir. Burgess presided. 


ir. Burgess urged the Commission to reconstruct the unimproved por-— 
tion of the Shaniko-Fossil Secondary State Highway between Clarno and Fossil, 
to provide a road that can be used throughout the year. He said that they are 
not asking for a high-class improvement but simply a road that is travelable 
the entire year. Arguments in behalf of such improvement were presented by 
Messrs. Kaiser, Steel, McGreer, Olson, and Keller, all of whom endorsed the 
remarks of ir. Burgess. 


Chairman Cabell advised that the Commission will be pleased to con- 
sider this project in the formulation of its next construction program but is 
not in position at the present time to make any definite commitment or promise 
in regard thereto. Commissioner Clough endorsed Chairman Cabell's remarks, as 
did also Coumissioner Oliver, who added that the people of this district are 
entitled to a better road just as soon as the Commission can spare the funds 
to finance the work. He also pointed out that it will be an expensive under- 
taking to rebuild the road to proper standards but the Commission will do the 
best that it can because it appreciates the condition and the need for better 
road facilities in this district. 


The Engineer suggested the possibility of constructing a low-type, 
low-cost road that would serve the purpose. He pointed out that if the people 
in outlying districts of the state would be satisfied with improvements of 
that kind it would then be possible for the Commission to build roads at mini- 
mum expense into localities that are not now served by good road facilities. 


Mr. ieGreer, pioneer of 1876, recited the history of road problems 
in this vicinity and urged the Commission to respond favorably to their ear- 
nest request. 


The meeting was adjourned at 2:00 p. m, 
The Commission then motored to Pendleton, stopping enroute at the 


Gilliam County Courthouse in Condon for a brief conference with the County 
Courts of Gillian and Worrow Counties relative to local road problems. The 
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County Judge Carl ‘i. Chambers, Umatilla County, stated that the 
County Court is doing all that it can to help out in the situation and will 
appreciate any help that the State Highway Commission can give. 


Chairman Oabell, in response, stated that two big things are in- 
volved; viz., the matter of overweight and the matter of operating during 
hours of darkness, the first of which concerns the maintenance of highways 
and the second the matter of safety to the public; also, that the Commission 
appreciates the predicament that the logging operators are in and would like 
very much to protect the haulers who are carrying on legitimate operations. 
There are two sides to the problem, he said-—that of the log haulers and 
that of the general public, many of whom are very strong in their convictions 
that the Highway Commission should rule all of the log haulers off the road.. 
The Highway Commission, he added, is opposed to the method of log scale in 
determining the size of a load because highways must be built on the basis of 
definite loadings and not on guesswork. He mentioned the 10 per cent toler- 
ance allowed logging operators by the 1939 Legislature and also referred to 
the rules of the Washington Highway Department, which provide for trial loads 
and the estimating of weights by settlement of the truck springs, which meth- 
od, he said, the Cregon Highway Commission is considering. He expressed a 
hope that the 1941 Legislature will see fit to modify the present law govern-— 
ing this matter so as to permit greater weights and longer loads over certain 
highways in this state. 


As to hauling after dark, he said that the principal reason that 
hauling is not allowed during that period is because the Commission feels that 
it causes an undue hagard to other traffic. However, the Commission will give 
careful consideration to the arguments presented and will make its decision as 
sceon as possible. 


ir. Lester Hamley, Pendleton, brought up for discussion snow removal 
on the Tollgate Road between Weston and Elgin. He urged the Commission to 
make provision to keep this road open during the winter season, at least as 
far as Tollgate, for the benefit of winter sports enthusiasts. He alleged 
that the winter sports pecple contribute $1,000.00 annually to the state high- 
way fund in going to and from this recreational area and gave as his thought 
that such sum would go a long way toward the cost of keeping the road open. 
Chairman Cabell explained that the Commission likes to help the sportsmen out 
as much as it can but there is a limit to what the Commission can do, and, as 
far as winter sports are concerned, they must stand on their own merits. 


The Engineer advised that it would cost about $10,000.0@ to keep 
this road open throughout its entire length during the winter geason and that 
it would cost about $3,500.00 to keep it open between Weston and Tollgate dur- 
ing such period. 


Chairman Cabell inquired where the traffic originates and was in- 
formed by Mr. Hamley that most cf it comes from Pendleton, Hermiston, ia 
Grande, Echo, Walla alla, ifilton, Weston, Athena, and other places in this 
district. Mr. Cabell then inquired whether or not the people would be 
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Mr. Irwin, representing a delegation from Pilot Rock, asked for a 
modification of the rules and regulations governing log hauling on state high- 
ways. He said that the sawmills in and around Pilot Rock and Pendleton employ 
upwards of 500 men who have families and according to the present regulations 
loggers are practically ruled off the roads. He pointed out that they are re— 
quired to limit their gross loads to a weight specified by law, whereas there 
is a great variance in the weight of timber and as a result operators at times 
transport excess-weight loads and if apprehended by the State Police on such 
occasions are subject to the penalty of having their permits suspended for a 
certain length of time, which they really cannot afford. He asked the Commis- 
sion to modify this ruling. 


Mr. Kerns, President of the Pilot Rock Lumber Company, stated that 
his company is securing its logs from a place 50 miles south of Pilot Rock on 
the Pendleton-John Day Highway and that they have engaged nine haulers to 
transport this timber to their Pilot Rock mill. Each of these men, he said, 
owns his own truck and must make two round trips daily in order to make it pay; 
but they are handicapped in doing so by the regulations. He advised that there 
are no facilities to weigh the loads in the woods and as a result trucks are 
frequently found to be overloaded when weighed by the State Police on the state 
scales near Pilot Rock, and the hauler is subsequently penalized for overload— 
ing. He suggested that, in order to obviate the variance in the weight of 
logs, the size of the loads be based on scale measure rather than on weight; 
also, that the present rule be further modified to provide for the weighing of 
100 loads of logs by the State Police so as to determine the average weight of 
logs from any particular district. Mr. Kerns also asked for a modification of 
the rules 80 as to permit the transportation of logs for a short period after 
sundown. He explained that, due to the long distance that the timber has to 
be transported, the log hauler cannot make two round trips daily at this time 
of the year during daylight hours, and, because they must make two trips daily 
in order to make their operations pay, request is made that the operator be al- 
lowed to complete his run notwithstanding that he may reach his destination 
after dark, provided, of course, that the equipment is properly lighted. 


Mr. Harris, of the Harris Brothers Logging Company, Pilot Rock, con- 
curred in the remarks of Mr. Kerns and urged approval of Mr. Kerns's sugges— 
tions. He also complained of the lack of courtesy on the part of the State Po- 
lice in dealing with log haulers. ifr. Denning, logger in the employ of Mr. 
Harris, also endorsed the remarks of the other speakers. 


ir. Phillips, log hauler in the employ of bir. Kerns, urged modifica- 
tion of the rules to permit night hauling. He said that it is imperative that 
he make two round trips a day, and the change is necessary because it is not 
possible to park the load of logs on the side of the road. 


Mr. George Carns, Chairman of the Road Committee of the Pilot Rock 
Chamber of Commerce, and Mr. Pattey, head of one of the logging companies in 
this district, both endorsed the remarks of the other speakers and urged ap-— 
proval of the suggested modifications. 


9759 


Mr. Barnes suggested a W.P.A. project to eliminate the sharp turns in 
the road. MreRaban inquired as to the Commission's plan for future improve— 
ment of the road. He was informed by Chairman Cabell that the Commission is 
not in position at this time to make any definite statement in regard thereto. 


The meeting was adjourned at 10:15 p. m. 


f aN 
EM — ae Bn n~ She Ce ms 
State Highway Engineer ' ssioner y, 
= C2zertes + (tex = es 
cre ssioner 


La Grande, Oregon, Ostober 1, 1940 


The State Highway Commission met with a number of deleyations at 1:00 
p. m. in the dining room of the Sacajawea Hotel. Present, representing the 


State Highway Department, were: 


Henry F. Cabell, Chairman 

Herman Oliver, Commissioner 

R. H. Baldock, State Highway Engineer 
H. B. Glaisyer, Secretary 


Sommissioner Huron W. Clough was excused from attending this meeting so that 
he might make a personal inspeetion of the Wallowa Lake Highway up to its ter- 
minus at Wallowa Lake. There were about 50 local people, including delega- 
tions from nearby towns, also present at this meeting, which was presided over 
hy Mr. Charles H. Reynolds, La Grande. 


At the request of iirs Reynolds Chairman Cabell explained the status 
of the highway department finances, particularly calling attention to the un- 
certainties that surround the expenditure of future federal aid funds. Can- 
missioner Oliver endorsed the remarks of Chairman Cabell. Mr. Reynolds then 
called upon various delegations to present their respective projects. 


The Wallowa County Court, represented by County Judge Ben Weathers, 
County Commissioners H. 0. Harmon and F. ‘i. Hammack, and County Engineer Glen 
Jacob, was present. Judge Weathers informed the Commission that the most in- 
portant state highway project in Wallowa County is the further improvement of 
the Wallowa Lake Highway, and the next in order is the completion of the Enter- 
prise-Lewiston Highway to the Washington state line. lie expressed a hope that 
the Highway Commission could finish this work within the next couple of years. 
He also asked for the improvement of the southerly end of this highway by 
straightening, widening, et cetera, and asked the Camission to program such 
improvement so that it can be completed at the same time that the work at the 
northerly end is completed. Judge Weathers also asked the Commission to take 
over, as a state secondary highway, a one-mile section of county road at the 
head of Wallowa Lake. He said that this road passes through a thickly popu- 
lated district and sarves not only the many people that live there the year 
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satisfied if the Commission would simply keep open for travel the Jeston end 
of this road as far as Toligate. iir. Hamley replied that that would be quite 
satisfactory for all except for the people that reside in the vicinity of La 
Grande and Elgin. After further discussion Chairman Cabell advised that the 
Commission will be pleased to consider the matter but is not in position at 
this time to give a definite answer. 


A delegation from Hermiston, headed by iir. Frank McKenzie, was pres— 
ent and urged the Commission to reconstruct the Old Oregon Trail between Her- 
miston and Umatilla by straightening, widening, and eliminating several rail- 
road grade crossings. He said that this is a very important road to Umatilla 
County and that it carries a large volume of traffic which no doubt will in- 
crease in the future on account of the development work that is under way at 
Umatilla, including the proposed port development and the developments being 
made by several oil companies. He added that there is every reason to believe 
that the town of Umatilla will become an important port on the Columbia River 
and in view thereof the highway improvement is a necessity. 


Mr. Roy Rittner, Pendleton, advised that the boundaries of the new 
Umatilla port district do not include all of Umatilla County as did the origi- 
nal and in his estimation the district will be formed because everybody seems 
to be in favor of it. He requested favorable consideration by the Commission 
on ifr. MeKenzie's request. 


wr. William Schwitzler also spoke in favor of the improvement and 
gave statistics showing the amount of oil products that are now being distrib- 
uted daily to Eastern Oregon points from Umatilla, all of which must be trans- 
ported over the Umatilla-Hermiston Section. 


ir. Henry Summers, Hermiston, endorsed the remarks of the other 
speakers. ile added that if the Commission could not see its way clear to pro- 
vide this improvement they would at least like to have the four sharp turns 
eliminated on the Old Oregon Trail through the town of Hermiston. The Commis- 
sion took the matter under advisement. 


A delezation from Weston urged the Commission to provide a better 
oiled surface on the ‘eston-Elgin Road, particularly between Weston and Toll- 
gate. The delegation consisted of C. M. Sly, Principal of the Union High 
School, Walter Raban, Sim Barnes, and wdarvin Price. They declared that traf- 
fic over this road has been very heavy and that the improvement recently con- 
structed by the state is showing signs of distress. They gave as their 
thought that the road should be given immediate attention before it goes to 
pieces entirely. 


Chairman Cabell stated that, due to lack of funds, the Commission 
was unable to provide a standard oil improvement for this road but will main- 
tain it in as good condition as is possible under the circumstances. He also 
said that the Commission intends to drive over the road on the following day 
and will secure first-hand information. 
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Chairman Cabell replied that the Commission is new studying the mat- 
ter of snow removal on mountain roads and, in connection therewith, is consid- 
ering the adoption of a formula which will be applied to each such road as a 
basis in determining whether or not there is justification in keeping a road 
open during the winter months. The State Highway Department cannot keep all 
of these roads open, he said, but the Commission intends to give each fair and 
equitable consideration. He added that this is a problem that cannot be easi- 
ly answered, hence no decision can be given today. 


The County Court of Union County was represented by County Judge U. 
G. Couch, County Commissioners Chris Johnson and Alex McKenzie, and County En- 
gineer S. B. Morgan. Judge Couch asked ifr. Reynolds to present the matters in 
behalf of the county court. 


Responding, Wr. Reynolds first asked for additional improvements on 
the North Powder River Road between North Powder and a place known as Davies 
Ranch. He stated that this is a county road and that they would like to have 
it further improved as a federal aid secondary highway project; also, that the 
county would maintain the improvement after construction. He also explained 
that this road connects with the Haines-Anthony Secondary Highway, in Baker 
County, and, in the county's estimation, is justified from that standpoint. 
Mr. Jim Wilson and Mr. Moore, North Powder, endorsed Mr. Reynold's remarks. 
Mr. W. Perkins also endorsed the project and asked for the improvement of the 
5-mile section of the Haines-Anthony Secondary Highway, including a bridge 
over the North Powder River, to facilitate travel to the Anthony Lakes rec- 

reational and winter sports area. 


tur. Reynolas then requested, in behalf of the county court, the ex- 
tension of the Starkey Secondary ilighway from its present tercinus at Starkey 
southwesterly a distance of about 7 miles to the national forest boundary line 
where it would connect with a forest development road already constructed by 
the forest service, and that the Commission cooperate with the forest service 
in the improvement of the road from that point to a connection with the Pendle- 
ton-—John Day Highway near Ukiah. He pointed out that the distance from Hil- 
gard to Ukiah by such route is practically the same as the distance from 
Pendleton to Ukiah over the Pendleton-John Day Highway, and the opening up of 
this new route will provide a saving of about 46 miles between HWilgard and 
Ukiah. 


A delegation from Ukiah was present and endorsed this request. This 
delegation consisted of Lloyd Bowman, spokesman, F. Dunfield, Bill Arbuckle, 
and Oscar Hare. mr. Bownan urged the improvement so as to provide a road over 
which natural resources can be transported. He said that they do not want a 
scenic road but just a good travelable road to allow them to reach the timber 
in the district, which must be marketed soon. He alleged that the road can be 
constructed at water grade, avoiding mountain summits, and that it would not 
only serve the timber interests but it would also open up for general public 
use certain valuable mineral springs in that vicinity. 


Mr. Kinzel, of the iit. Emily Lumber Company of La Grande, also urged 
favorable consideration of this project. The construction of the 7-mile 
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the summer camp grounds maintained by the iethodist Church and by the Boy 
Scouts orvanization several months each summer. He said that the county is 
asking the state to take this road over because it is in an isolated district 
and is very inconvenient and difficult for the county to maintain. Judge 
Weathers also asked for the oiling of the Little Sheep Creek Secondary Highway 
from the town of Joseph to a place know as Little Sheep Creek Hill. 
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, round but also serves people who maintain summer cottages at this point and 
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Mr. Harmon endorsed the remarks made by Judge Weathers and particu- 
larly urged early completion of the Enterprise-Lewiston Highway and additional 
improvements on the ifinam Hill Section of the Wallowa Lake Highway. He said 
that logging operations are being carried on quite extensively along the Enter- 
Prise-Lewiston Highway and the trucking of logs over this highway introduces an 
extreme hazard to other traffic because of the dust created. He alleged that the 
improvement of this highway is fully justified and as proof of his contention 
asked the Commission to make a special count of traffic that uses this road. 


Mr. Reynolds inquired as to the present status of the Enterprise— 
Lewiston Highway. Chairman Cabell explained that this highway is on the forest 
highway system and that it is proposed to construct it with forest highway 
funds. In fact, he said, the Commission recommended an expenditure of such 
funds in the last forest highway program as would have financed the final grad- 
ing work to the state line but it so happened that Congress did not authorize 
enough money for the purpose. He gave as his thought that the improvement of 
the south end of this road is a logical project and should be undertaken at the 
proper time. 


As to the improvement of the Liinam Hill Section of the Wallowa Lake 
Highway, Chairman Cabell advised that the Canmission is taking bids next week 
for the reconstruction of a portion of this zrade and that it is the intention 
of the Commission to place under contract for reconstruction adjacent sections 
when funds become available to finance the work. Relative to extending the 
secondary state highway at the head of Wallowa Lake, he said that the Commission 
would give the matter very careful consideration but is not in position at the 
present time to make a definite statement about it. As to the oiling of the 
Little Sheep Creek Secondary Highway, he advised that the Commission has not as 
yet inspected this road and is not in position to make any statements with re- 
spect thereto but the Commission intends to look it over at the earliest oppor- 
tunity. He concluded his remarks by saying that the Commission has the ‘iallowa 
County projects in mind and will be pleased to help the county out as much as 
it can whenever it is possible to do so. 


& delegation fran Elgin, including Fred Guthrie, Arthur Helgarth, 
W. E. Moore, and uir. Reed, was present. li. Moore headed the group. They 
thanked the Commission for the idinam Hill reconstruction project,‘ for which 
the Commission is receiving bids the following week. They also asked the 
Commission to conduct snow-bemoval operations on the ‘eston-Elgin Secondary 
Highway so traffic can use this road throughout the entire year. They as- 
serted that the people of this district insist and demand that the road be 
kept open during the winter season because it is needed for commercial as well 
as for recreational purposes and there is urgent need for travel over this road 
during the winter season as well as during the sumer months. 
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new oblizations, such as the Hunters Lane County Road and others in that cate- 
gory. 


The meeting was adjourned at 2:00 p. m., following which the Commis- 
sion conferred privately with a delegation from the town of Union consisting 
of the following: G. I. Hess, Dick Richards, Tony Smith, iMurton Davis, and 
L. H. Brauwell. 


ir. Hess headed the group and acted as spokesman. ‘ie urged the Com- < 
mission to improve the Union-North Powder Section of the Old Oregon Trail. He 
alleged that tnis section is badly in need of repair and that it is the only ‘ 
section of the Old Oregon Trail in that part of the state that has not as yet 
been improved. He inquired as to the plans of the Commission with respect 
thereto. 


The Engineer advised that the improvement of this section has been 
deferred pending a decision by the Camission on the provosed rerouting of the 
Old Oregon Trail through Ladd Canyon and he explained that if the Commission 
elects to proceed with tue construction of the Ladd Canyon route as the main 
route of the Old Cregon Trail then it would not be necessary to reconstruct 
the present route to the hizh standards of a main arterial highway. 


Mr. Hess advised that the people of the town of Union are cognizant 
of the fact that the Highway Commission has been considering the Ladd Canyon 
cutoff, and, because of this prospective change in the highway, developments 

in the town of Union are being deferred. Furthermore, the uncertainties of 
the situation are adversely affecting the sale of properties in this town. 
He urged the Commission to make a definite decision as soon as possible and 
particularly asked the Commission to retain the present route of this highway. 


Chairman Cabell explained that there are a nunber of places through- 
out the state where similar conditions obtain and where the Commission is con- 
fronted with the problem of reconstructing certain sections of highways on 
pernanent alignnent that will bypass certain cities and towns. In such cases, 

| he said, the Caamission must balance the interests of all, both for and 

against the proposed changes, and its decision is based on the result or out— 
come of the studies of each problem by itself. The Commission regrets, he 
said, that in some instances the chanves work adversely to the best interests 
of the people of the local cownunity and in the case of the proposed cutoff 
through Ladd Canyon no doubt numerous people along the present highway will be 
disappointed because, if the change is approved, the permanent highway will 
not pass through their communities. The improvements along the Old Oregon 
Trail, he said, have advanced to a point where it apoears now that serious 
consideration must be given to the Ladd Canyon cutoff and the Commission will 
take action on the matter as soon as it can. 


There followed a general discussion during which other members of 
the delegation expressed their desire for the retention of the present route 
of this highway through Union and Telocaset. Upon conclusion of the same the 
Engineer was instructed by the Commission to commence the study of the situa- : 
tion, if this meets with the approval of Commissioner Clough who was not pres- ? 
ent at this meeting. 
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section mentioned by ir. Reynolds. he said, will connect the present Starkey 
Secondary Highway with the forest development road already constructed in the 
national forest, which road, he said, is in as good condition as the present 
road between Hilgard and Starkey. He gave as his thought that it would not 
cost more than $10,000.00 per mile to build this 7-mile section. 


Mr. Reynolds also asked for the modernization of the Wallowa Leke 
Highway from Rock Creek Bridge at the mouth of Wallowa River Canyon to Island 
City, a distance of approximately 41 miles. He said that this highway is heav- 
ily traveled, being the vrincipal route of travel to and from Wallowa County 
points, and is important from both business and recreational standpoints; also, 
that the present road is old-type construction, not suited for present-day 
travel. He asked serious consideration by the Highway Commission of this mat- 
ter in behalf of both Union and Wallowa Counties, and suggested a definite 
program of reconstruction, with allocations each year of sufficient amounts to 
canplete the improvement in the shortest time possible. 


lr. Reynolds also asked for the widening and the nongkidding of the 
Island City-La Grande Section of the ‘Jallowa Lake Highway, and for the con- 
struction of a pedestrian lane or walk along this section for the benefit of 
pedestrians. 


Chairman Cabell explained that the Commission is now endeavoring to 
work out a formula to apply to all requests for sidewalk construction and hopes 
to be able to say within a short time just what it can or cannot do with the 
many requests that the Commissicn has received for this type of work. The 
Commission has it in mind, he added, to construct a few sidewalks each year 
but they will be built in the order of their priority, based on the formula. 


wr. Reynolds also asked for the improvement of the Hunters Lane Coune 
ty Road and that this road be placed on the state secondary highway system. 
The importance of this road to the La Grande community, he said, cannot be 
overestimated. It carries heavy travel for an wnoiled road and must have im- 
mediate attention because the rock surfacing is about worn out. He also men- 
tioned the :iedical Springs Secondary Highway and gave as his understanding 
that the Canmission intends to complete the oiling of this highway in 1941. He 
was informed by the Engineer that the Commission has approved this project for 
the 1941 program and that the work will be done in 1941 unless something un- 
foreseen arises in the meantime. ifr. Reynolds concluded his presentation by 
asking the Commission to allocate larger amounts hereafter to improve a great- 
er mileage of highways in their district. He presented a statement showing 
the amounts heretofore expended by the state on primary and secondary highways 
in Union County and gave as his thought that Union County is entitled to favor- 
able consideration of its request. 


Chairman Cabell explained the status of the Highway Commission's 
funds. He particularly pointed out that, because of the fact that funds avail- 
able to the Commission are limited, a large construction program carmot be 
carried on and for that reason the Commission must be very careful in the al- 
location of its funds and must distribute them in limited amounts over a large 
territory, and particularly must the Commission be very careful in assuming 


hereafter when cloudbursts and heavy rains occur the highway will not act as 
a dam, causing the flooding of their town. He said that cloudbursts frequent— 
ly occur at this location and reiterated that the installation of the culverts 
would to a large measure obviate the damage, He also said that the city has 
plans to raise some money to finance repairs to the city's ditch at the west 
end of towm but its expenditures to that end would be of no value unless the 
Highway Commission will increase the size of the existing culverts or will con- 
struct new ones big enough to adequately take care of the water. 


Chairman Cabell advised that it is beyond the reach of the State 

Highway Commission to provide drainage facilities to take care of cloudburst 
water in the districts where cloudbursts occur, as that would be a very costly 
undertaking; however, if investigation reveals that the highways in those lo- 
calities where cloudbursts frequently occur are responsible for damage to pri- 
vate property, then the State Highway Commission should cooperate in the rem- 
edy of the situation. The Commission, he said, does not now have full infor- 
mation with respect to the situation at Huntington but will be pleased to in- 
spect the premises on the following day enroute to Ontario. It was thereupon 
arranged that the Commission would meet with the delegation at 10:00 a. m. on 
October 2, in Huntington. 


Mr. A. V. Quine, General ulanager of the Cornucopia Gold iiininz Com 
pany, was present and asked that the county road between Halfway and Cornu- 
copia be redesignated a secondary state highway and that it be improved as 
such, He stid that they are not asking that the road be constructed to high 
standards but simply that they be given a passable road to allow movement of 
their concentrates to the railroad at Robinette. He pointed out that this 
road was on the state highway system at one time but was taken off by the Leg- 
islature when the Pine Creek route from Halfway to Homestead was placed on the 
highway system. He gave statistics concerning their operations, showing that 
they move over this road 180 tons of concentrates daily, and they anticipate 
that their operations will continue for many years; further, that the road 
will not only serve the mining company but will also serve many people that 
live adjacent to the road. He alleged that this road carries more traffie 
than any other road in the county. 


Mr. W. W. Evans and ur. Fred Mackison, stage operator, Halfway, were 
present. Mr. Evans endorsed iir. Quine's request for the improvement of the 
road to Cornucopia. He also asked for the improvement of the secondary state 
highway which extends from the Baker-Homestead Highway at a place known as Tin- 
ber Canyon to the town of Robinette on the Snake River, a distance of about .. 
miles. As to the latter road, ir. Evans stated that it is in bad condition, 
is narrow, contains many curves, and is unsafe for travel. He urged the wide- 
ing and straightening of the same from the safety standpoint. 


Mr. Vermillion brought up the matter of the improvement of the rcuid 
leading to the Anthony Lakes playground area and called upon Mr. Blaine Ha.- 
leek, President of the Anthony Lakes Playground Association, Ur. Don Smith- 
peter, President of the Evergreen Ski Club, and ir. Grant of the United S:ates 
Forest Service, for remarks pertaining thereto. lr. Halleck stated that the 
Anthony Lakes Playground Association as been endeavoring for the past two 
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The delegation also asked the Commission to construct the unimproved 
section of the Cove Secondary State Highway between Cove and Union, a distance 
of about 8 miles. ir. Hess advised that this road carries practically all of 
the local products and is badly in need of improvement. He asked the Conmis— 
sion to bear the project in mind for early construction. The Engineer advised 
that this road has no rock surfacing and there is no question that it needs in- 
provement because at certain places it is impassable during the spring months. 
The Commission took the matter under advisement. 


ir. Kinzel of the uit. Emily Timber Company was present and again 
urged the Commission to extend the Starkey Secondayy State Highway and to make 
certain improvements to the existing road between Hilgard and Starkey, particu- 
larly the stabilization of the road with rock where it passes through some low 
meadows, and the elimination of a certain section where the road passes over 4 
couple of hills and where traffic hazards exist. The Commission took the mat-— 
ter under advisement. 


The meeting was adjourned at 2:30 p. m. 
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Baker, Oregon, Cetober 1, 1940 


The State Highway Commission conferred with a number of delegations in 
the Baker Hotel at 8:30 p. m. Present were: 


Henry F. Cabell, Chairman 

Huron W. Clough, Commissioner 

Herman Oliver, Commissioner 

R. H. Baldock, State Highway Engineer 
H. B. Glaisyer, Secretary 


Mr. Pred Moes, President of the Baker Chamber of Commerce, called the meeting to 
order. Mr. Lynn Vermillion, Chairman of the Road Committee, took charge of the 
meeting in behalf of ifr. hioes. There were about 30 residents of Baker County 
present. 


A delegation from Huntington was present, consisting of ir. Clint 
Garrison and ur. Romeo. Ur. James T. Donald was also present with this delega- 
tion, acting as spokesman and chief counsel for the city. He stated that the 
City of Huntington has recently suffered considerable loss due to a cloudburst 
which flooded this town and that people are of the opinion that the damage was 
directly attributable to the inadequacy of hixhway culverts at the east and 
west city entrances, and the thing that the city is now asking of the Highway 
Commission is that it construct larger culverts at these two points so that 


6.  Resurface the Shady Lane Section of the Haines-Anthony Secondary 
Highway, which he alleged is impassable during the spring months 


7. Improve the l-mile section of the county road which connects the 
Haines-Anthony Secondary Highway in Baker County with the North 
Powder River Road in Union County, at the Baker-Union County line 


8. Widen the Timber Canyon-Robinette Section of the Robinette Second- 
ary State Highway to provide greater safety to traffic. In this 
connection he advised that this road carries a large volume of 
traffic, including freight, livestock, and concentrates, and that 
there are numerous places along this road where cars are unable 
to pass with safety 


9.  Redesignate the road between Halfway and Cornucopia a state 
highway and improve the same. He recited the history of this 
road and advised that if the Commission would not place it on 
the state highway system the county would ask the Legislature 
to do so and to remove therefrom the Halfway-Homestead connection 


10. Construct adequate culverts at the east and west entrances of 
the Old Oregon Trail into Huntington as an aid to remedy the 
cloudburst situation 


Mr. Vermillion endorsed in behalf of the Baker County Chamber of Com 
merce all of the projects mentioned by Judge Baird and the other delegations. 


Chairman Cabell advised that the Highway Commission will be glad to 
give consideration to these projects in the formulation of future construction 
programs. However, he pointed out that the funds at the disposal of the High- 
way Commission are provided by the motorists of the state and must be spent in 
a manner that will provide the greatest amount of benefit to the general pub- 
lic. He said that the Commission appreciates the importance of the mining in- 
dustry and that the mines must be provided with good transportation facilities 
but before the Commission can spend much money for improvement of roads into 
such districts it must consider carefully the continuity of traffic as well as 
the continuity of the mining operations, The state, he added, should pay its 
share of the cost if investigation reveals that the traffic and the mining op- 
erations justify the expenditure. As to the relocation of the Baker-Unity 
Highway via Sumpter and ‘hitney to Austin and Prairie City, Chairman Cabell 
pointed out that this is a tremendous undertaking, but a casual inspection of 
the map reveals that there is seme argument for it. 


The meeting was adjourned at 10:00 p. nm. 
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years to secure W.P.A. funds to finance the improvement and development of the 
Anthony Lakes Recreational Area, and just recently their request was denied. 
However, they are still carrying on and expect to be successful in their ef- 
forts in the not far distant future. He urged the Commission to improve the 
Shady Lane Section of the secondary highway leading to the area, the condition 
of which, he said, is fair during the summer months but is practically impas- 
sable during the spring period when frost leaves the ground. He also asked 
the Canmission to cooperate in the cost of snow removal operations on the up- 
per end of this road to permit travel to the winter sports area and in this 
connection stated that he appreciates the fact that this is not strictly a 
state hiznway matter but they are in hopes the Commission will give their re- 
quest early and favorable consideration to the end that state aid may be se- 
cured both financially and physically. 


Messrs. A. S. Grant, attorney, Baker, and A. E. Murray, Granite, 
asked that the Sumpter Valley secondary State Highway be extended to the town 
of Granite; also, that this extension, 3 miles of which lie in Baker County and 
8 miles in Grant County, be improved so as to permit the transportation of gold 
concentrates over the same the year round. They included in their presentation 
a request for snow removal on this.road during the winter season. They point- 
ed out that pay rolls of mining canpanies in the vicinity of Granite now ag- 
gregate more than one-half million dollars annually, with only the high-grade 
properties being operated, although with a good road it would be possible to 
put. low-grade properties into production. 


ix. James T. Donald, attorney, Baker, also spoke in behalf of 
the project. He stated that their main problem at this time is to keep the 
road open during the winter months. If the Highway Commission will cooverate 
in this work, he said, it will assure a continuance of mining operations dur- 
ing that period,which under present conditions is impossible because their 
concentrates cannot be transported to the railroad. Mr. Murray said that min- 
ing operations in the Granite area would last at least for 12 years. 


County Judge Charles E. Baird presented the following projects 
in behalf of Baker County and urged favorable consideration of the same by the 
Commission: 


1. Completion of the oiling of the Baker-Hanestead Highway between 
Baker and Homestead. He urzed that this work be completed in 1941 


2. Extend the Sumpter Secondary ighway to Granite, improve the 
same, and authorize snow-removal operations during the winter 


Consider designation of a new route from Sumpter to Austin and 
Prairie City via ‘hitney. He alleged that this route would 
provide a saving of 14 miles in distance between Baker and Frairie City 


Complete the oiling of the Medical Springs Secondary Highway be- 
tween Baker and Union 


Improve the Anthony Lakes Road 
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were present at such meeting, as were also the State Highway Engineer, the At- 
torney, and the Secretary. The County Court was represented by County Judge 
David F. Graham and County Commissioners L. P. Peterson and C. A. Marshall. 
ir. Taylor, Secretary, Vale Chamber of Commerce, was also present. 


Judge Graham asked the Commission to replace on the secondary state 
highway system the Sucker Creek Road which extends south from the Homedale 
Spur Secondary Highway to Jordan Valley. He was informed by Chairman Cabell 
that the Commission has previously gone on record as being opposed to making 
this road a secondary state highway because it is not considered the economi-— 
cal thing to do. 


The County Court then asked the Commission for the improvement of 

Lytle Boulevard, a county road which extends southeasterly from Vale to Adrian, 
and for the improvement of the Vale Jest Secondary State Hizhway (Graham Bou- 
levard). They stated that these projects are of first importance to the peo- 
ple of Malheur County and urged the Commission to undertake them at the ear- 
liest possible time. iir. Taylor endorsed the request in behalf of the Chamber 
of Commerce and concurred in the statement of the County Court that such proj- 
ects, in the opinion of the Chamber of Commerce, are of first importance. 


The meeting was adjourned at 3:00 p. m., following which the Commis- 


sion motéred to Burns. 
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Burns, Oregon, October 2, 1940 


The members of the State Highway Commission and party were the 
guests of the Burns Chamber of Commerce at dinner in the Arrowhead Hotel, fol- 
lowing which at 8:30 p. m. a short meeting was held, during which the Chamber 
of Commerce presented a brief, outlining certain highway improvements desired 
by the people of this community. Mr. liergan Timms, President of the Chamber 
of Commerce, presided at this meeting. 


Mr. Carroll Jordan, Secretary of the Chamber of Commerce, presented 
a brief which he read aloud, in which the following projects were requested: 


1. Construction of a seal coat on the recently oiled section of 
the Central Oregon Highway between Buchanan and Juntura, so 
as to strengthen this road and improve the riding qualities 
theréof 


Huntington, Oregon, October 2, 1940 


The State Highway Commission inspected the cloudburst condition in 
Huntington at 10:00 a. m. in company with several local citizens, including 
Mr. Clint Garrison, who appeared before the Commission the previous evening in 
Baker. All three members of the Commission were present as were also the State 
Highway Engineer, the Attorney, and the Secretary. 


Such investigation revealed possibilities that the condition could 
be improved by changing the natural drainage channel at the west end of the 
tow, which involves the diversion of water to a point farther east and the 
construction at that point of a new bridge under both the highway and the rail- 
road. It was thought that such construction would at least materially im- 
prove existing conditions. liowever, it was pointed out that nothing could be 
done unless the railroad company would cooperate. After considerable discus- 
sion the matter was referred to the Engineer for detailed investigation and re- 
port. He was instructed to contact the railroad officials relative thereto 
and arrange for a conference on the zround with the railroad company engineers 
in an endeavor to work out a satisfactory solution. 


The Commission thereupon motored to Ontario, where luncheon was tak- 
en with the Ontario Kiwanis Club at 12:30 p. m., Mountain Time, in the Moore 
Hotel. 


The Honorable George Aiken, Mayor of Ontario, presided at the meeting 
following the luncheon. No special requests were made of the Highway Commis- 
sion at this meeting. Chairman Cabell explained the status of the Commission's 
finances and the uncertainties that confront the Canmission with respect to the 
expenditures of future federal aid appropriations. Brief statements were also 
made by Commissioners Clough and Oliver, who concurred in the remarks of the 
Chairman. R. H. Baldock, State Highway Engineer, explained briefly the. basis 
of allocation of funds to the various districts throughout the state. The 
meeting was adjourned at 1.30 p. m., liountain Time, 
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Vale, Oregon, October 2, 1940 
The State Highway Commission met with the County Court of ilalheur 


County in the courthouse at 2:30 p. m., Pacific Time, following an inspection 
of highways south of Ontario. All three members of the State Highway Commission 


north of the right of way without getting on the highway, and that a gate be 
installed on the south side of the road to allow vehicles to go to and from 
the corral located on that side. A similar application, he said, was filed 
for a 200-foot right of way across public lands along the Flagstaff-—Middle 
Bridge Section of the Baker—Homestead Highway, in ‘iallowa County, the response 
in that instance being that the application would be recommended for approval 
if fences were constructed on both sides of the highway and if the state would 
install gates, cattle guards, and stock underpasses at certain locations; fur- 
ther, that the state would agree to maintain the fences. 


He read aloud Mr. lonte's letters with respect to both projects and re- 
quested instructions in view of the fact that the requirements appear to be a 
wide departure from previous practice in the securing of right of way across 
public lands, and will establish a precedent that will involve the state ina 
hugh expenditure of funds hereafter in connection with highway construction. 
He said that heretofore the State Highway Department has not been required to 
accept stipulations of this kind in the acquisition of right of way across 
public lands, although the Department nas paid private parties for fences in 
some instances as a right of way consideration, with the understanding that 
the property owmers would maintain the fences at their own expense. He added 
that so far as the Indian writings are concerned the stipulation is satisfac- 
tory, because it conforms with the Commission's established policy with re-— 
spect to such matters. Mr. sionte explained that the State of Oregon is not 
being asked to do any more than is now’ being done in other states and particu- 
larly referred to the State of Idaho. He said that the fencing is really need- 
ed in connection with both of the projects under discussion because the high- 
way in each instance cuts the stock-grazing area in two. He also said that 
the fences are also required to properly allot the government lands. 


The matter of cattle guards and stock passes was also discussed. The At- 
torney advised that, according to his interpretation of the law, it would be 
illegal to construct cattle guards on state highway rights of way. ir. Monte 
stated that cattle passes should have openings 19 feet wide because range cat- 
tle will not use passes that are constructed of pipe. After considerable dis- 
cussion the following mutual arrangement was reached: 


1. ‘here fences are required the state will furnish the wire and sta- 
ples for the same in sufficient amount to build a 4-strand fence 
requiring approximately 17 spools of wire to the mile. The Gov- 
ernment will furnish all other materials, including posts, and 
will construct the fences and will maintain them after construc- 
tion at no expense to the state. 


2. Wo cattle guards shall be constructed on state highway rights of 
way and when constructed at other points, such as at side road ap- 
proaches, they shall be built and paid for by the United States 
Grazing Service. 


Cattle passes shall be constructed and paid for by the state and 
shall be installed at locations decided on by the State nighway 
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2. Improvements to state highways and county roads in Harney 
County as follows, portions of which roads are in an impassable 
condition for travel during certain times of the year: 


Pave the surns-Crane Highway easterly from Burns 
to a point where the diagonal section cuts off 
for Crane, approximately 3 miles 


Qil the Burns-Crane Highway from Lawen to Crane 


Grade and surface the Hanley Lane Section of the 
Frenchglen Secondary Highway from its connection 
with the Burns-Crane Highway to and beyond ‘/rights 
Point 


Grade and surface a 7-mile section of the Diamond 
Valley Secondary Highway imnediately south of its 
junction with the Burns-Crane Highway 


Construct a pedestrian lane along the Central Ore- 
gon Highway between Burns and Hines 


Complete at an early date improvement of the John 


Day-Burns Highway (Three Flags Highway) between Burns 
and the foot of Canyon Creek grade 


Responding, Chairman Cabell advised the status of the Commission's 
finances and explained the difficulties confronting the Commission in regard 
to the programming of the future federal aid funds, in view of the possibility 
that the Government will demand that these funds be expended for the improve- 
ment of certain highways that are particularly important from the military 
standpoint. Commissioners Clough and Oliver concurred in the remarks of Chair- 
man Cabell. 


The meeting was adjourned at 9:30 p. m., following which the Commis- 
sion conferred in the office of the arrowhead Hotel with Mr. Nic Monte and ifr. 
Paul Stafford of the Federal Grazing Department relative to construction of 
stock fences along state highway rights of way, and other matters. Present 
at such conference were all three members of the State Highway Commission, the 
Engineer, the Attorney, and the Secretary. 


The State Highway Engineer explained that some time ago, in accord- 
ance with the usual practice, an application was filed with the Department of 
the Interior for highway right of way 200 feet wide across public lands at Pic- 
ture Rock Pass on the Fremont Highway in Lake County, and that in response 
thereto a letter was received from Mr. Nic W. Monte, acting Regional Grazier 
of the United States Grazing Service, saying that he would recommend favorable 
action on this application if the State Highway Department would agree to cer- 
tain stipulations, as follows: that the Indian writings on the rocks at the 
Pass be protected and preserved, and that both sides of the right of way be 
fenced by the state to allow stock access to a certain spring located just 


sir. Monte requested a modification of the permit furnished him by 
the State Highway Commission for acceptance covering the matter of construc- 
tion of fences alony certain state highway rights of way. He said that the 
form of pernit is satisfactory insofar as he personally is concerned but there 
are certain conditions in the form that he cannot accept because of federal 
restrictions. He suggested the use of a special form prepared by the Federal 
Government coverin; such matters and submitted a copy of the same for inspec- 
tion. The Attorney advised after study of this form that he could see no 
special objections to the use of the same for the purpose intended and recom- 
mended approval of «ur. Monte's request. The Commission approved the recanmen- 
dation unanimously. This concluded the conference with .r. iionte, who then 
retired from the meetin. 


The State Highway Engineer brought up for discussion the request of 
County Judge Charles B. Baird of Baker County for state maintenance of a stock 
drift fence along the John Day Highway through the national forest between 
Unity Junction and Austin. He said that this section of the highway was son- 
structed by the Bureau of Public Reads in 1925 and was on a line which inter- 
sected a drift fence that had been constructed by the Cattle and Horse Growers 
Association, Baker County, under permit from the forest service for the purpose 
of making a better division of the cattle and sheep ranges and for the control & 
of the feed on the range within the forest area. The fence, he said, was 
built about 15 years ago and is approximately 1 miles long, extending approx- 
imately 55 miles on each side of the highway. He also said that the fence has 
never been maintained by the State Highway Department because it was considered 
that it was not the state's obligation, and there appears to be no agreement 
covering it in the Commission's records, although the files do disclose a let- 
ter signed by iir. ‘iilliam Duby, former Chairman of the State Highway Commission, 
dated October 19, 1925, giving as his thought that, inasmuch as the state de- 
stroyed the usefulness of the drift fence,.the state should maintain fences 
along the highway if the state builds them, so leng as the stockmen maintain 
their fence; also a letter dated October 20, 1925, from Mr. Rey A. Klein, who 
was then State Highway Engineer, to ir. C. H. Purcell, who was then District 
Engineer of the Bureau of Public Roads, authorizing him, in view of Chairman 
Duby's letter, to proceed with the construction cf fences on both sides of the 
highway from the drift fence to the private lands east of the forest boundary 
in preference to the original proposal to conctruct a cattle guard with a gate 
at the side of the road for herse-drawn vehicles and horseback travel. He in- 
quired whether or not the Commission wishes to assume this obligation in vier 
of the circumstances. It appeared to the Commission that the state is more or 
less obligated in the mutter. However, a definite decision thereon was de- | 
ferred pending further investigation by the Engineer to ascertain just what is { 
required and what it will cost to do the work. 


The meeting was adjourned et 11:CO p. m. 4 
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Engineer and the District Grazier, or their representatives. 
after joint inspection on the ground. 


It was mutually agreed that this arrangement shall obtain only 
in cases where new highways are to be built across public lands. 
Where fences, cattle guards, and stock passes are required along 
existing highways they shall be constructed and maintained by 
the United States Grazing Service at no expense whatsoever to 
the state. The Engineer was instructed to direct a letter to 
ur. kionte outlining in writing the understanding reached at this 
meeting. 


“r. Monte requested authority from the Commission to paint on the sur- 
face of paved and oiled highways in the stock district the following wording: 
"Prevent Range Fires", which he thought would aid materially in the prevention 
of fires. He said the work would be done by C.C.C. forces at no expense what- 
soever to the state. The Engineer gave as his thought that it would be better 
to maintain board signs along the sides of the highway where they could be eas- 
ily seen and read by the motoring public and would not have to be renewed as 
often as would the wording on the traveled roadway. He also suggested that it 
would be advisable for the Highway Commission to make the signs so as to pro- 
vide for uniformity in sign design. ur. sionte said that he would be glad to 
make the signs as well as erect them if furnished with specifications of the 


Conmission's standard design. The matter was referred to the Engineer, who is 
to confer with the Traffic Engineer relative thereto and advise Mr. HMonte by 
letter when a decision has been reached. 


ur. Monte also brought up for discussion the matter of furnishing 
powder and culverts in connection with C.C.C. work that is being done along the 
newly designated secondary state highway between Princeton and Rome, in Harney 
and Lialheur Counties. He advised that the Jighway Canmission has already en- 
tered into an agreement with the Federal Government with respect to this proj- 
ect, in which the Commission ayreed to contribute the sum of $7,000.00 of state 
funds for culverts and powder. The federal requirements, he said, will not 
permit him to purchase these items, so he is asking the Commission to make the 
purchases, credit of course to be given the state for such expenditure on its 
cooperative share of the project as outlined in the ayreement. le said that if 
the state would purchase this material he would see to it that it is delivered 
to the job. He also said that this materiai is needed now because the work is 
under way and he wants to continue operations through the winter season so as 
to expedite the completion of the project as much as possible. After discus- 
sion the Commission by unanimous vote approved ur. ilonte's request and instruct- 
ed the Engineer to purchase culvert pipe and powder up to the amount of the 
state's obligation. It was understood that fr. lionte would advise the Engineer 
of the type and size of culverts to be furnished and the kind and amount of 
powder that would be needed. ‘shen furnished with such information the Engineer 
is to purchase the items and forward them to iir. sionte. A complete and detailed 
record of such purchases is to be kept by the Engineer. It was also agreed 
that the state would furnish engineering work for this project. 


L. Johns, and Ray Jones, all of Mitchell; M. A. Lynch, former State Highway 
Cammissioner, Redmond; slack Houck, Prineville; County Judge A. R. Bowman and 
County Cowmissioners Charles T. Brown and Carl E. Fischer, of Crook County; 
dW. B. ilorse, uwayor, Prineville; Frank Poulsen, Supervisor of the Ochoco Na- 
tional Forest; and iarold Baldwin. 


Mayor Morse thanked the Commission for the improvements under way 
in the city of Prineville and then asked the Commission to continue construc- 
tion of the new highway betwen Prineville and wadras, including a new bridge 
over the Crooked River. He also asked the Commission to expedite completion 
of the Ochoco Highway between Prineville and «itchell, which he said is badly 
needed. Mr. Jackson endorsed »ir. liorse's remarks with respect to the Ochoco 
Highway and urged the speeding up of this project as much as possible. He 
asked for the construction of the ‘iest Branch Creek-Forest Boundary Section 
as the next project on tnis road. 


Mr. Poulsen urvzed the construction of the Marks Creek Section of 
this highway so as to facilitate the marketing of timber in this district. 
He said that the United States Forest Service plans to make this a very scenic 
section and intends to leave a stand of tinber along each side of the road so 
as to preserve the natural scenic effect. Furthermore, their plan includes 
provision for elimination of pole lines along this section, which, in their es- 
timation, will make for a more attractive highway. 


Mayor korse, speaking again in behalf of this project, stated that 
several of the timber coupanies have purchased timber in the ilarks Creek Dis- 
trict and in accordance with the provisions of their contracts must start cut- 
ting this timber within the next year; but they hesitate to begin operations 
until they know where the highway is to be permanently located, because they 
want to make their cuttings conform with the highway improvement and do not 
want to cut the timber along the highway route. 


Chairman Cabell responded by saying shat the highway Conmission con-- 
templates awarding another contract this winter for additional construction or 
the road between Prin-ville and ».adras; also, as to the Ochoco Highway, that 
he agrees that every effort should be made to conplete the entire remaining 
link as rapidly as is possible wher. the work is started. He suggested that it 
might be possible to expedite she jmproversnt by using voth federal and state 


funds to finance it, and pointed ovt that a survey is now Leing made west fror 
Mitchell to connect up with the survey made by the forest higaway engineers. 
When the survey is completed and *he Engineer's report rendered and studied, 
the Commission will then take action, but in accoraance with the usual prac- 
tice will give the local people an ovportun:ty to discuss the plans before 
they are adopted. Commissioner Cleugk cencurred in the remarks of Chairman 


Cabell. 


Mr. Lynch also urged serious and favorable consideration by the Co- 
mission for the early completion of vhe Ccnoco Highway. He also brought up 
for discussion the matter of acquisition of the privately-owmed lands within 
the boundary of the recreational area recently acquired by the Highway 
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Burns, Oregon, October 3, 1940 


The members of the State Highway Commission and party made a person 
al inspection of the Frenchglen Secondary State Highway, the Diamond Valley 
Secondary State Highway, and the Burns-Crane Highway in company with members 
of the darney County Court, starting at lurns at 8:30 a. m. and returning to 
Burns at 1:30 p. m. 


The Commission then motored to the town of John Day where an over- 
night stop was made at the home of Mr. lierman Oliver, State Highway Conmis- 
sioner. After an excellent dinner, prepared under the direction of Mrs. Oli-~ 
ver, the Commission met informally in the living room with a number of local 
citizens, several of whom expressed to the Cawnission their sincere thanks and 
gratitude for the highway improvements made by the State Highway Commission in 
this vicinity. Those speaking were the Honorable D. J. Hughes, © ayor of the 
town of Prairie City; Jake Paulis, President of the Prairie City Chamber of 
Commerce; Chet Bennett, President of the Yohn Day Chamber of Commerce; Bill 
Ford, Chairman of the Highway Committee of the John Dav Chamber of Commerce; 
Dan Gleason, Chief of Police of John Day; and F. B. French, County Commission- 
er, Prairie City. Chairman Cabeil responded. 
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Prineville, Oregon, October 4, 1940 


The State Highway Commission took luncheon with the Prineville-Crook 
County Chamber of Cammerce in the Ochcco Inn and inmediately thereafter con- 
ferred with local citizens relative to highway problems in this vicinity. 
Present, representing the State Highway Commission, were: 


Henry F. Cabell, Chairman 

Huron W. Clough, Commissioner 

R. H. Baldock, State Hisinvay Engineer 
J. wt. Devers, attorney 

H. B. Glaisyer, Secretary 


Commissioner Oliver was excused from attending this meeting. 
ir. Asa W. Battles, President of the Chamber of Commerce, presided. 


There were about 40 persons present at the meeting, including Charles R. Jack- 
son, County Commissioner of “fheeler County; Chester Villiams, L. L. Meianer, 
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3. WHEREAS, as a result of negotiations carried on with the 
owners of the property required, options have been obtained, which 
-@ftions have been considered by the Commission, outlining the bases 

of settlement whicn have been agreed upon; and 


WHEREAS, it is the judgment of the Canmission that the 
said options should be approved and acce ted, and/or the said re- 
ports be declared acceptable to the State ighway Canmission as ba- 
ses of settlement for the properties involved, and that the acquisi- 
tion of the properties should be completed: 


NOW, THEREFORE, BE IT RESOLVED that the several offers or 
bases of settlement hereinafter enumerated be, and the same hereby 
are, approved and accepted, and that the Attorney for the State High- 
way Canmission be, and he hereby is, instructed to complete the ac- 
quisition of the said properties and to take title thereto in the 
name of the State of Oregon. The said properties hereby ordered and 
authorized to be acquired are as follows: 


Section, Hwy., and Omer Purpose Acres Approximate Amounts agent 


t C ction — Colunbia River 

8337-Oregon-Washington Joint 0.52 4200 per a. + $46 
Stock Land Bank ‘ 

8359-Columbia County Borrow Pit 

8331-Reddaway, Wm. A. 

8425-Cholick, A. G. 

8334-Bisek, Joseph F. 

8340-Panis, Peter 

8332-Havlik, John J. 

8338-Rhodes, Geo. 4. 

8335-Valla, Agnes 

8336-Kucera, Frank 
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Gratis 

$200 per a. + $44 
$200 per a. + $58 
$200 per a. + $77 
$200 per a. + $291 
1j¢ sq.ft. 

$200 per a. + $314 
$200 per a. + $349 
$200 per a. + $344 
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Can; e Section - Wolf Cree hwa 
5282-Sunset Ranches, Inc. Stock Pile 32.0 $2 per a. Gardiner 
and Quarry 
Glenwood-iicNamers Camp Section - Wilson River Highway 
2424-Consolidated Timber Company Permanent Easement-$1 Parker 
Drainage Easement 


Metazer Section - Beaverton Highway 
8447-Steele, Jonathan A. 2763 sq.ft. 9/10f sq.ft. + fencing 
Channel Change 
Wegt_Portland-Tuslatin Section — Hest Portjend-instert aie rtland-Hubbard Hi. 
4824-Daley, M. S- 0.294 $150 per a. 
2233-Smith, Walter B. 1.89 $150 per a. + $154.50 
4829-Rinehart, J. Carle 1.60 $200 per a. + $50 
4825-Shumway, Harold H. 0.082 $200 per a. 
4837-Lichtenwalter, Elgin B. 0.49 $200 per a. + $127 
4836—acLannan, K. E. 63 sq.ft. $5 Lump Sum 
5476—Smnith, A. G. 6 lots $50 per lot 
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Commission fron the Federal Government at the confluence of the Deschutes, 
Crooked, and iwetolius Rivers at a place known as "The Cove", in Je*ferson 
County. He was informed by the Chairman that the Commission has this matter 
under advisement. 


iar. Baldwin expressed appreciation for the assistance rendered 
by the State Highway Commission in the development of their view point at the 
top of the hill just west of Prineville, where an excellent panoramic view of 
the district may be obtained. lMavor Morse also expressed thanks for the aid 
furnished by the Commission in this matter and stated that, in order to make 
this place complete and convenient for the public, the parking area and the 
road leading to the view point should be given an oil treatment. He asked the 
Commission to do this work. The Commission took no action on the matter. 


: The meeting was adjourned at 2:00 p. m., which concluded the 
Eastern Oregon trip. : 
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The State Highway Commission met in regular seasion at 8:00 p. m. in 
Room 415 (Imperial Roem) of the Imperial Hotel. Present were: 


Henry F. Cabell, Chairman 

Huron W, Clough, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


Commissioner Herman Oliver was excused from attending this meeting. 


The Attorney requested authority to acquire certain parcels of real 
property that are needed for various highway improvements threughout the 
state. He submitted a list of such properties together with the prices that 
he recommended be paid for each. After careful consideration the Commission 
approved the request and by unanimous vote adopted the following resolution 


in regard thereto: 


WHEREAS, in connection with the further improvement of 
the highways hereinafter designated, it is and has been necessary 
to acquire property for right of way, quarry sites, gravel or other 
material sites, or sites for the storage of materials, as hereinaft— 
er more definitely set forth; and 
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Section, Hwy., and Owner Purpose Acres 


Mort Bend-liarshtielé Section, cont ined) 
tinger, Albert J. 2050 sq.ft. 


3056-liarshfield, City of " 3835 sq.ft. 


8054-Gilkerson, Harry, Estate " 3749 sq.ft. 


Bandon Section - Oregon Coast eae 
§350-Standard Oil Company Y 1256 sq.ft. 


of California 


5323-Dunn, Harry 
(Correction) 


= ide 
Kenneth 


3200 sq.ft. 


vb 


he tion — Oregon Coast 
8000-Richards, 


Park 140.08 


Coast 
Plant Site 
Gravel Bar 
& Haul Road 


R/W 


= bh 


8292-lieVay, B. a. 
g031-Clark F. L. 


1.08 
7.16 


7704-Leming, Irwin Austin 5400 sq.ft. 


Approximate Amounts Agent 


14.6344 sq.ft. Collins 
(2788 sq.ft.at 10¢ sq.ft. w 
(1047 sq.ft.at 15¢ sq.ft. 
$5 Lump Sum 


" 


exchanged for 2 lots in 
Block 7, Woolen ifill Ad- 
dition to Bandon, to be 
conveyed by state, plus 
$1946.51 Gardiner 
s¢ sq.ft. + $708 " 


hwa 


$5 per a. Parker 


Collins 


" 


$416.66 per a. 
$139.66 per a. + $200 


14.81¢ sq.ft. + $2500 


Sheridan-McMinnville Section — Salmon River Highway 
4308-School District 751 W 0.013 a. to be exchanged for 


(Correction) 


d. Route 
6951-Hoffarber, Albert 


ction — Pacific hwa 


Clackamas County — lount Hood Highway 


U. S. Government Park 120.0 


Josephine County - Redwood Highway 


U. S. Government Park 70.0 


Lane County — Siuslaw Highway 
U. S. Government Park 


hwa 
Park 


ounty - 


U. S. Government 200.0 


Marion County - Silver Creek Falls Park 
U. S. Government Park 200.0 


0.104 a», + $526.12 Collins 

West 

Reconstruction of side- 

walk & curb -— $144.20 
Collier 


Annual rental $75.60 as re- 
quired by lease from Gov't 


Annual rental $6.88 as re- 
quired by lease from Gov't 
Boardman 


Annual rental $220.20 as re- 
quired by lease from Gov't 
Boardman 


Annual rental $187.25 as re- 
quired by lease from Gov't 
Boardman 


Annual rental $35.00 as re- 
quired by lease from Gov't 
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Section, Hwy., and Omer Purpose Acres Approximate Amounts Agent 
Astoria Section — Oregon Coast fi snnsy 
2122-Astoria, City of 4 12740 sq.ft. Gratis DeSouza 


North Sena-ij 


c. S. 


8076-Hoffnan, ft. Collins 
2061-Harshfield, City of " £5652 sq.ft. 7. sq.ft. " 
8088-.iarsnfield, City of “ 133 sq.ft. 1/6 of 10¢ sq.ft. " 
808?- Marshfield, City of " 587 sq.ft. 9/12 of > aq. ft.) " 
105 sq.ft. 1/4 of 10¢ sq.ft. " 
8085-darshfield, City of " 481 sq.ft. 5/6 of 10¢ sq.ft. " 
8088A-.darshfield, City of e 909 sq.ft. 1/6 of 1o¢ sq.ft. oy 
6083-Marshfield, City of " 528 sq.ft. 1/6 of 10¢ sq.ft. ) 

1978 sq.ft. of 10¢ sq.ft.) 

2598 sq.ft. 4/6 of 10¢ sq.ft. ) " 

3848 sq.ft. 8/12 of ~ # sq.ft.) 

1393 sq.ft. 1/4 of 10¢ sq.ft. ) 
5056A-Coos County " 5912 sq.ft. Gratis és 
$064-Hartson, H. J. " 1445 sq.ft. 10¢ sq.ft. ® 
8074-Watson, uathis E. " 2150 sq.ft. 10¢ sq.ft. " 
8092-Lund, tin. " 3470 sq.ft. 19.74 sq.ft. " 
8252-sunson, J. Gc. " 237% sq.ft. 6.32¢ sq.ft. ® 
8357-Bennett Trust Co. " 780 sq.ft. 7/12 of 15¢ sq.ft. " 
8090-Lapp, John " 392 sq.ft. 2/3 of sq.ft. " 
8090-Coos County ¥ 392 sq.ft. Gratis “ 

(undivided 1/6 int.) 
€082-Coos County * 692 sq.ft. Gratis ® 
(undivided 1/12 int. in 587 sq.ft.) 
(undivided 7/12 int. in 105 sq.ft.) 
8051-Hillstrom, J.R. & J.d. Drain- 298 sq.ft. Gratis % 
age Easement 
g070-Griffin, Aerie E. R/t —-'1076_ sq.ft. 10¢ sq.ft. " 
8079-arhopulos, P. T. bs 1801 sq.ft. 10¢ sq.ft. * 
8082-Logyie, G. %. Estate " 692 sq.ft. 1/6 of 20¢ sq.ft. " 
8083-Logyie, G. VW. Estate " 10345 sq.ft. 1/6 of 20f sq.ft. " 
8088A-Loggie, G. W. Estate " 909 sq.ft. 1/6 of 20¢ sq.ft. " 
8085-Loggie, CG. WV. Estate " 481 sq.ft. 1/6 of 20¢ sq.ft. " 
8090-Loyzie, G. J. Estate " 992 sq.ft. 1/6 of 20¢ sq.ft. " 
8357-Loggie, G. W. Estate a" 780 sq.ft. 1/6 of 20¢ sq.ft. " 
80S8-Loggie, G. ‘i. Estate " 133 sq.ft. 1/6 of 20¢ sq.ft. " 
8065-Hammer, Goldsmith Estate " 2773 sq.ft. 10¢ sq.ft " 
8357-Coos County " 780 sq.ft. Gratis ° 
(undivided 1/4 int.) 
8053-Parris, Sterling S. " 1785 sq.ft. 10¢ sq.ft. " 
(State to record deed, pay taxes, est. 
at $182.50, in support of settlement) 
8072-Lloyd, Annie E. " 2375 sq.ft. 7.364 sq.ft. * 
2071-Lloyd, Se P : 2375 sq.ft. [De Bewiy eS 4 
nnett oO. L . . . . 
C0GRa- Dor rrectich) (undivided 4 12 gg in) + 
£054-Coos County . 3749 sq.ft. Gratis R 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Grants. Pase-Green Creek Section — racic Segway 
7294-Gilbert, Ray 0.283 $435 per a. + $17.50 


(Correction) McCallister 
7209-Riddle, James J. " 1709 sq.ft. 13¢ sq.ft. + $52.50 . 
(Correction) 
Grants Pass-Medford Section - Pacific Highway 
8477-Cosgrove, Stephen G. Stock Pile 3-yr lease, $10 per yr-Lytle 
8479-Knox, Tom " " 1.07 3-yr lease, 310 " " 


Nei} Gresk-texron Sneek Seebion — feoitic Hicear 
8297%-Crosslin, tim. J. 1.28 $58.60 per a. 


Canyon Section —- ific ha 
8295-Dieu, Felecite R 3.36 $20 per a. 


Creek u_ Sec = ific hvwa: 
8178-Haines, Chas. A. and y 2.79 $20 per a. + $51.70 
Dollarhide Estate 


th Falls-ierrill Section - ath Falls-ijialin } 
7563-Reynolds, Earl C. 0.22- 3200 per a. + $442 


t Boun Creek Section — Klamath Falls- view H 
7587-Cade, 0. B- - 2043 $10 per a. 
7585-Parshall, Alfred R. " 1.73 $10 per a. + $5 


k-~Ar ction - ia River hwa 
8385-Walters, Frank and 1.74 $100 per a. Gardiner 
Share, A. C. 


efferson Count ~Prineville Section -— W rings Highwa) 
7676-iicPhetridge, L. H. a 2.99 $100 per a. + $158 

+ $340 Benson 
Mosier-The Dalles Section ~— Columbia River Highway 


8315-Tindall, Sam A. Stock Pile 1.19 $300 Lump Sum Gardiner 


bh. Valle ction — I.0.N re) 
84,59-Malheur County 1.56 Gratis Gardiner 


Coos-Rock Bridge Section - John pay Highway 
8380-Humphrys, Loula 0.57 $2 Lump Sum Gardiner 
2 


8379-liunro, A. T. " -57 2.03 a. at 32.50 per a. 
+ 5100 for fencing 
0.54 a. Gratis 
ion — Pendleton-Jo Highway 
7962-0111, B. F. and 6.32 Gratis 
Gilbert, Maud and Gravel Pit 


Mountain Rest-i Vernon Section — Little Beech Creek Hi 
7420-Schrier, J. L. Stock Pile 0.81 $25 per a. + fencing Williams 
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Section, Hwy,, and Owner Purpose Acres Approximate Amounts Agent 


Jackson County - Crater Lake Highway 
U. S. Goverrment Park 320.0 Annual rental $166.98 as re- 
quired by lease fron Gov't 

S. P. Overcrossing Section - Cascade Highway_ Boardman 
8244-Vaetz. Jacob RAY 1.41 S500 pera. ) 

0.64 $295 Lump Sun ) Landon 
8237-Clarke, Ethan A. " 0.23 $300 per a. + $55.50 " 
8245-Larios, Faith ii. " 0.08 $468.75 per a. In addi- " 


tion the state is to con- 
vey 0.0137 of an a., there- 
by taking credit of $5.50 


8242~Hame Owners Loan Corp. " 1.59 $150 per a. + $513.20 sd 

8237A-Clarke, Ethan A. Borrow Pit 7.3 $345 per a. + fencing 
$41.25, + $26.50 sd 

8241-Youmans, Freeman R/W 0.52 $500 per a. + $60, + 


credit of 0.29 a. at $500 
per a., to be conveyed by 
state " 
8236—Clarke, Ethan A. " 0.08 $400 per a. + $806 


t -Trout Creek Section — Santian Highway 
8289-Oregon & Western Coloni- 


zation Company R/d 0.50 $100 per a. McChesney 
i 8290-Long, Geo. M. Talus Pit 4.39 leyr lease, land 350 
Lump Sum, + $5 is 
Albany Section — Pacific Highway East 
| 8381-St. Johns Lodge Slope 0.02 Gratis (for land) + $20 
17 AP&AM & Channel Esmt. Gardiner 
f Kice !lil]-Turkey Hill Section - Pacific Highway 
: 8408A-Churchill, Leroy 7 9319 sq.ft. Land Gratis, + 358.75 Parker 
f 8411-Rice, Erwin " 2.42 $131 per a. ® 
{ 8408-Churchill, Leroy " 8.57 $130 per a. + $939.65 ® 
I 8406—Neuner, Hyrtle E. " Tbh $65 per a. " 
i 1422-Clarke, K. R.-Quarry Site & Haul Road-7.46 5-yr lease ~- 4f cu.yd. " 
, 8410-World Mi ‘Veterans! R/W 3492 sq.ft. $10 Lump Sum " 
j State Aid Canmission 
f 8407-iiawley, Alsea " 15.238 $65 per a. + $418.67, 
i + fencing $645.63 " 
i 8409-Rice, Isadore E. Heirs ” 3.78 $131 per a. + $304.82, 
+ $150 for fencing bod 
Wolf Creek-Grants Pass Section ~ Pacific Hsghway 
8376-Ward, Phoebe Ann R/W 9.22 $15 per a. Landon 
8375-Josephine County ad 9.47 Gratis 2 
8377-Holgate, Mabel F. ° 0.79 “lo Lump Sum " 
8371-Chilcott, Sidney E. ” 22.72 $10 per a. = 
8378—Pirzer, Peter n 18.96 *20 per a. + $71 - 
8372-Pratt, vJarietta @& Ruth 8 18.32 g10 per a. i 
8395—Moorehead, Paul T. Gravel Pit 2.68 “74-63 per a. " 
8374-Dyche, Mattie Eb. R/i 34.11 #10 per a. ° 
8249-Loper, .. R. w 160.0 Land $2,198.90 + $8301.10 
McCallister 
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Seetion, Hwy., and Omer Purpose Acres Approximate Amounts Agent 

Cape Lookout Section ~- Oregon Coast Highway 

3902-Donaldson, Alex Park 25.96 $7,500 Lump Sum Parker 
($288.91 per a.) 


The Attorney also requested authority to condemn certain parcels of 
real property that are needed for hignway purposes and concerning which he 
either has been unable to reach satisfactory settlements with the owmers or 
condemnation is necessary in order to clear title, such properties being as 


follows: 
Recommended 

Name Purpose Required Offer 
Edward T. Sarre Right of Wav § 110.00 
Ernest a. Snyder ° 82.10 
Goldsmith Hanmer Estate " 277.30 
The Texas Caupany " -- 
Union Oil Co. of California ” -- 
Eldon J. Smith " 25.10 
A. T. Freeman bd 19.60 
Harry Banks . 70.0 
Ole uu. Jetson Hauling Road 100.00 
Edward Donnelly *Stock-pile site 35.00 
Sidney E. Chilcott Right of ‘ay 1900.00 
William E. Campbell ® 50.00 
A. V. Smith Park Site 20.00 
Lawrence Sandberg et al S 60.00 
Nick J. Hanizes 8 10.00 
S. E. Combs . 15.00 
Stella Hays e 20.00 
Emma Drake bs 10.00 
Fred Kaul - 10.00 
largaret i... Gordon Estate ” 27.00 
William Kennard ¥ 99.00 
John Kohler is 10.00 
Harry W. Borham 24 10.00 
Harriet E. Cook " 10.Q0 
Dora Bingham * 10.00 
Edna Lowry i 10.0C 
Agilda Jette os 10.00 
Lydia L. Ellis 5 10.00 
Alex Horne ws 10.00 
Frances Brooke Ee 10.00 
Emma J. Keys ” 10.00 
Evelyn J. Roberts " 10.00 
E. L. Dakin “ 20.00 : 
L. Asher " 10.00 
Earl D. Walkon = 10.00 
Edgar J. Robertson 2 20.00 
Carrie L. Dixon ™ 500.00 
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Section, Hwy., and Ower Purpose Acres Approximate Amounts Agent 


B4dd=Dunean, Ralph A. 


Stock Pile 1.0 $1 Lump Sum, + fencing Gardiner 
8471-Malheur County sg id 1.0 Gratis 
8445~Pratt, Louis G. bg * 2.83 $5 per a. " 
ta-Cre ine Section - Warn Springs Highway 
7801-McCoin, Hazel 6 lots $30 Lunp Sum Devers 
Cricket Highway 
8393-Foley, Jerome J. 1.26 $5 Lunp Sum Gardiner 
8391-Follett, Cora " 18.05 $4 per a. + $379.50 " 
8394-Hale, L. C. * 14-53 $4 per a. + $7.50 ® 
Owyhee River-Scotts Butte Section - 1.0.1. Highway 
6903-Blackwill, James 0. Gravel Gravel Pit 1. “0h $6 per a. Martin 
M.P. 254.4-lalheur County Line Section - John Day Highway 
8443-State Land Board Stogk. File 20.0 aT per a. Gardiner 
West Unit berly-iionument Section - .ionunent Highway 
7919-Kimberly, Louis A. R/W 3.86 $5 per a. + fenc- Gardiner 
Estate ing $183.90 
Nyssa Undercrossing Section - Old Oregon Trail Highway 
7647-Hillier, Ed Grade Chang2 1 lot Land $800 Lump Sum Parker 
(Correction) 
7460-Gray, Earl n ad Damages, $750 Lump Sum " 
(Correction) 
Donaldson Bridge-ulills Bridge Section - Wilson River hy 
&307-iyss, Peter 2.0 1.0 a. at $500 per a. 
and Stock Pile 1.0 a. $108.50 Lump Sw, 
+ $91.50 Parker 


ook L z Creek Section — “Wolf Creek Highway 
70L,6B-Sunset Logging Company We, State to deed Logging Co. lands 


in Secs. 2 & 11, Tillamook Co., 

on 1 sis of 3,445,000 ft. timber 

at $3.50 per i, & the Logging Co. 

is to deed to the state lands in 
Sec. 2, Tillamook Co., on basis of 
1,400, 00¢ ft. timber at £3.50 per M, 
plus cash $2,796.25 = plus $4,361.25 
allowance by the state for construc- 
tion of logging road and cost of 


trucking Parker 
Brookings Section — Orexon Coast Highway 
7705-dard, Bernice 4. Rf 4,793 sq.ft. at 12.52¢ sq.ft., + 


$2550, + $290 low bid for moving 
equipment - to go to lessee, Ed 
Hoar Collins 


and specifically set forth, which said real properties and the specific 
purposes for which the same are being acquired are described as follows, 
to wit: 


Real property owned by Edward T. Garre, which property is lo- 
cated in Lot 5, Block 25, of Nasburg's Addition to Marshfield, in 
Coos County, Oregon, and which property is more particularly de- 
scribed on the attached sheet and designated as Parcel No. 1, 
which property is further identified in the Highway Conmission's 
records under File R 8068; « 


Real property owned by Ernest A. Snyder and anna J. Snyder, 
which property is located in Lot 9, Block 21, Nasburg's Addition 
to Marshfield, Coos County, Oregon, and which property is more 
particularly described on the attached sheet and designated as 
Parcel No. 2, which prooerty is further identified in the Highway 
Commission's records under File R £063; # 


Real property belonging to the heirs of Goldsmith Hammer, 
deceased, and Lurissa Anna Hammer, deceased, which property is 
located in Lots 1, 2, 3, and 4, Block 22, Nasburg's Addition to 
Marshfield, Coos County, Oregon, and vhich property is more par- 
ticularly described on the attached sheet and designated as Par- 
cel No. 3, which property is further identified in the Highway 
Commission's records under File R 8065; * 


Real property owned by the Texas Company, which property is 
located in Lots 1, 2, 3, and 4, of Block 5, Plat "H" Addition to 
Marshfield, in Government Lot 3 of Section 22, Tommship 25 South, 
Range 13 West, WW. If., Coos County, Oregon, and which property is 
more particularly described on the attached sheet and designated 
as Parcel No. 4, and is further identified in the records of the 
Highway Commission as File R 8055; # 


Real property omed by the Union Oil Company of California, 
which property is located in Government Lot 3 of Section 22, Town- 
ship 25 South, Range 13 est, V. 1i., Coos County, Oregon, and 
which property is more particularly described on the attached 
sheet and designated as Parcel No. 5, and is further identified in 
the records of the Highway Commission as File R 8052; # 


Real property owned by Eldon J. Smith, which property is lo- 
cated in the south half of the north half of the southwest quar- 
ter of the southwest quarter of Section 17, Township 39 South, 
Range 19 East, V. i., Lake County, Oregon, and which property is 
more particularly described on the attached sheet and designated 
as Parcel No. 6, and is further identified as File R 7584 in the 
records of the Highvay Commission; * 


Real property owmed by a. T. Freeman and Edith Freeman, 
which property is located in the north half of the south half 
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I. J. Everell Park Site $ 10.00 
R. Thomas: Hughes a 10.00 
A. V, and D. B. Smith ” 20.00 
Anita MeIntyre Peterson " 10.00 
ilabel Bishop Shepherd 5 10.00 
Blanche , Reed ¥ 25.00 
H. F, Clark id 10.00 
May Cecelia Cheldelin * 10,00 
Earl F. Bethards . 10.00 
Jennie C. Young * 40.00 
H. S. Allen " 15.00 
Martha A. Bequeath ° 20.00 
Charles Vogt " 20.00 
Mattie Bequeath s 10.00 
i. R. Bishop " 10.00 
Anselm Boskowitz = 10.00 
Fred J. Johnson . 100.00 


After discussion the Commission approved the request and by unanimous 
vote adopted the following resolution with respect thereto: 


WHEREAS, the State Highway Commission under the provisions of 
Chapter 529, Oregon Laws. 1939, is authorized to locate, relocate, con- 
struct, reconstruct, maintain, widen, straighten, and otherwise improve 
state highways, both primary and secondary, and said Commission is also 
authorized to construct shops, equipment sheds, office buildings, main- 
tenance sites, patrolmen accommodations, and snow fences, and is author- 
ized to acquire quarry sites, gravel pits, storage sites, stock-pile 
sites, weighing stations, and broadcasting stations, and is further au- 
thorized to develop, construct, improve, operate, and maintain parks, 
parking places, auto camps, camp sites, roadside development, recrea- 
tional grounds or resorts, and other places of attraction and scenic 
valve; and 


WHEREAS, said Highway Commission is authorized to acquire by pur- 
chase, agreement, donation, or by the exercise of the power of eminent 
domain, real property, or any interest therein, necessary or deemed by 
the Highway Commission necessary for the accomplishment of any and all 
of the foregoing things; and 


WHEREAS, in the judgment of the Highway Commission the sever- 
al tracts or parcels of land hereinafter described are each and all nec- 
essary for the specific and particular purposes hereinafter specifically 
set forth: 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the State 
Highway Commission as follows: 


1. That the Canmission does hereby find and declare that the 
several parcels of real property hereinafter described are each and all 
necessary for the acccmplishnent of the purposes hereinafter expressly 
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to Il, inclusive, Block 37, and in Lots 16 to 21, inclusive, Block 
37, Necarney City, Tillamook County, Oregon, which property is more 
particularly described on the attached sheet and designated as Par- 
cel No. 15, and ie further identified in the records of the Highway 
Commission as File R 7314; * 


Real property owed by Nick J. Haniges, which property is lo- 
cated in Lot 24, Block 37, Necarney City, Tillamook County, Oregon, 
and which property is more particularly described on the attached 
sheet and designated as Parcel No. 16, and is further identified in 
the records of the Highway Commission as file R 7315; * 


Real property owned by S E. Combs and Matilda G. Combs, which 
property is located in Lot 10 and the north one-half of Lot 12 of 
Block 1, Seabright, Tillamook County, Oregon, and which property 
is more particularly described on the attached sheet and designated 
as Parcel No. 17, and is further identified in the records of the 
Highway Commission as File R 7317; * 


Real property owned by Stella Hays, which property is located 
in Lots 14 and 15, Block 1, Seabright, Tillamook County, Oregon, 
and which property is more particularly described on the attached 
sheet and designated as Parcel No. 18, and is further identified 
in the records of the Highway Commission as file R 7319; * 


Real property owned by Emma Drake, which property is located 
in Lot 8, Block 3, Seabright, Tillamook County, Oregon, and which 
property is more particularly described on the attached sheet and 
designated as Parcel No. 19, and is further identified in the rec-— 
ords of the Highway Commission as file R 7323; * 


Real property owned by Fred Kaul, which property is located 
in Lot 10, Block 4, Seabright, Tillamook County, Oregon, and which 
property is more particularly described on the attached sheet and 
designated as Parcel No. 20, and is further identified in the rec- 
ords of the Highway Commission as file R 7325; * 


Real property owned by the heirs of wargaret Ml. Gordon, de- 
ceased, which property is located in Lots 8 and 9 and the south 
one-half of Lot 6 and the north one-half of Lot 11, Block 4, Sea- 
bright, Tillamook County, Oregon, and which property is more par- 
ticularly described on the attached sheet and designated as Par— 
cel No. 21, and is further identified in the records of the High- 
way Commission as File R 7324; * 


Real property owned by “/illiam Kennard, which property is 
located in Lots 9, 10, and 11, Block 1, Sunset Beach; Lot 16, 
Block "I", Nehalem Bay Park; and Lots 9, 10, 11, and 12, Block 23, 
Sunset Beach, Tillamook County, Oregon, and which property is 
more particularly described on the attached sheet and designated 
as Parcel No. 22, and is further identified in the records of the 
Highway Commission as File R 7331; * 


of the northeast quarter of the northeast quarter ef Section 21, 
Township 39 South, Range 19 East, W. M., Lake County, Oregon, and 
which property is more particularly described on the attached 
sheet and designated as Parcel No. 7, and is further identified 
in the records of the Highway Commission as File R 7593; * 


Real property owned by Harry Banks, which property is located 
in the southwest quarter of the southeast quarter of Section 31, 
Township 39 South, Range 2 East, W- M., in Jackson County, Oregon, 
and which property is more particularly described on the attached 
sheet and designated as Parcel No. 8, and is further identified in 
the recerds of the Highway Commission as File R 8298; # 


Real property owned by Ole LM. Jetson, et al,which property is 
located in the northeast quarter of Section 35, fowmship 17 South, 
Range 5 West, W. M., Lane County, Oregon, and which property is 
more particularly described on the attached sheet and designated 
as Parcel No. 9, and is further identified in the records of the 
Highway Conmission as File R 8156; * 


Real property owned by Edward Donnelly, which property is lo- 
cated in the northwest quarter of the northeast quarter of Section 
4, Towmship 15 South, Range 40 East, W. M., in ilalheur County, Ore- 
gon, and which property is more particularly described on the at- 
tached sheet and designated as Parcel Ne. 10, and is further iden- 
tified in the records of the Highway Commission as File R 8442;+ 


Real property owned by Sidney E. Chilcott and Florence R. 
Chileott, which property is located in Government Lot 4 (wid of 
the Wj) and in the south half of the northwest quarter and in the 
northwest quarter of the southwest quarter of Section 14, Town- 
ship 34 South, Range 6 West, W. M., in Josephine County, Oregon, 
which property is more particularly described on the attached sheet 
and designated as Parcel No. 11 and Parcel No. 12, and is further 
identified in the records of the “ighway Commission as File R 8370;* 


Real property owned by William E. Campbell, which property is 
located in the southeast quarter of the southeast quarter of Sec- 
tion 15, Township 39 South, Range 18 East, W. M., Lake County, Ore~- 
gon, and which property is more particularly described on the at- 
tached sheet and designated as Parcel ilo. 13, and is further iden- 
tified in the records of the Highway Canmission as File R 7576;* 


Real property owed by A. V. Smith, which property is located 
in Lets 14 and 15, Block 34, Necarney City, Tillamook County, Ore- 
gen, and which property is more particularly described on the at- — 
tached sheet and designated as Parcel No. 14, and is further iden- 
tified in the records of the Highway Commission as File R 7313;* 


Real property owned by Lawrence Sandberg and the unknown heirs 
of Albert Crawford, deceased, which property is located in Lots 6 


ee _ ne 


oe 


and designated as Parcel No. 31, and is further identified in the 
records of the Highway Commission as File R 7346;* 


Real property owned by Emma J. Keys, which property is located 
in Lot 23, Block 22, Sunset Beach, Tillamook County, Oregon, and 
which property is more particularly described on the attached sheet 
and designated as rarcel No. 32, and is further identified in the 
records of the Highway Commission as File R 7347;* 


Real property owned by Evelyn J. Roberts, which property is 
located in Lot 15, Block 1, Nehalem Bay Park, Tillamook County, Ore- 
gon, and which property is more particularly described on the at- 
tached sheet and designated as Parcel No. 33, and is further iden- 
tified in the records of the Hignway Commission as File R 7353;* 


Real property owned by E. L. Dakin, which property is located 
in Lot 10 and Lot "L", Block 14, Nehalem Bay Park, Tillamook County, 
Oregon, and which property is more particularly described on the 
attached sheet and designated as Parcel No. 34, and is further iden- 
tified in the records of the Highway Commission as File R 7355;* 


Real property owned by L. Asher, which property is located 
in Lot 5, Block 15, Nehalem Bay Park, Tillamook County, Oregon, 
and which property is more particularly described on the attached 
sheet and designated as Parcel No. 35, and is further identified 
in the records of the Highway Commission as File R 7356;* 


Real property owned by Earl D. Walkon, which property is lo- 
cated in Lot 6, Block 15, Nehalem Bay Park, Tillamook County, Ore- 
gon, and which property is more particularly described on the at- 
tached sheet and designated as Parcel No. 36, and is further iden- 
tified in the records of the Highway Commission as File R 7357; * 


Real property owned by Edgar J. Robertson, which property is 
located in Lots 24 and 25, Block 15, Nehalem Bay Park, Tillamook 
County, Oregon, and which property is more particularly described 
on the attached sheet and designated as Parcel No, 37, and is fur- 
ther identified in the records of the Highway Cammission as File 
R 7358; * 


Real property owned by Carrie L. Dixon, which property is lo- 
cated in Lots 1 to 12, inclusive, and Lots 15 to 28, inclusive, 
Block 17; Lots 1 to 11, inclusive, and Lots 13 to 16, inclusive, 
and Lots 18 to 28, inclusive, all in Block 19; Lots 1 to ll, inclv- 
sive, and Lots 15 to 28, inclusive, Block 21; Lots 1 to 21, inclu- 
sive, and Lots 29 and 30, Block 31, Nehalem Bay Park, Tillamock 
County, Oregon, and which property is more particularly described 
on the attached sheet and designated as Parcel No. 38, and is fur- 
ther identified in the records of the Highway Commission as 
File R 7359;* 


Real property owned by John Kohler, which property is located 
in Lot 21, Block 1, Sunset Beach, Tillamook County, Cregon, and 
which- property is more particularly described on the attached sheet 
and designated as Parcel No. 23, and is further identified in the 
records of the dighway Commission as File R 7332; * 


Real property ovmed by Harry W. Borham, which property is lo- 
cated in Lot 7, Block 7, Sunset Beach, Tillamook County, Oregon, 
and which property is more particularly described on the attached 
sheet and designated as Parcel No, 24, and is further identified in 
the records of the Highway Commission as File R 7339; * 


Real property owned by Harriet E. Cook, which property is locat- 
ed in Lot 8, Block 7, Sunset Beach, Tillamook County, Oregon, and 
which property is more particularly described on the attached sheet 
and designated as Parcel No. 25, and is further identified in the 
records of the “ighway Canmission as File R 7340;* 


Real property owmed by Dora Bingham, which property is located 
in Lot 15, Block 7, Sunset Beach, Tillamook County, Oregon, and 
which property is more particularly described on the attached sheet 
and designated as Parcel No. 26, and is further identified in the 


records of the Highway Canmission as File R 7341; * 


Real property owned by Edna Lowry, which property is located 
in Lot 1, Block 18, Sunset Beach, Tillamook County, Oregon, and 
which property is more particularly described on the attached sheet 
and designated as Parcel No. 27, and is further identified in t 
records of the Highway Commission as File R 7342;* 


Real property owned by Azilda Jette, which property is located 
in Lot 2, Block 18, Sunset Beach, Tillamook County, Oregon, and 
which property is more particularly described on the attached sheet 
and designated as Parcel No. 28, and is further identified in the 
records of the Highway Commission as File R 7343;# 


Real property owned by Lydia L. Ellis, which property is locat- 
ed in Lot 8, Block 21, Sunset Beach, Tillamook County, Oregon, and 
which property is more particularly described on the attached sheet 
and designated as Parcel No. 29, and is further identified in the 
records of the Highway Commission as File R 7344;* 


Real property owned by Alex Horne, which property is located 
in Lot 11, Block 22, Sunset Beach, Tillamook County, Oregon, and 
which property is more particularly described on the attached sheet 
and designated as Parcel No. 30, and is further identified in the 
records of the Hichway Commission as File R 7345 3* 


Real property owned by Frances Brook?, which property is locat- 
ed in Lot 21, Block 22, Sunset Beach, Tillamook County, Oregon, and 
which property is more particularly described on the attached sheet 
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Real property owned by Earl F. Bethards and Agnes Bethards, 
which property is located in Lot 18, Block 25, Nehalem Bay Park, 
Tillamook County, Oregon, and which property is more particularly 
described on the attached sheet and designated as Parcel No. 47, 
and is further identified in the records of the Highway Co mission 
as File R 7371;* 


Real property owned by Jennie C. Young, which property is lo- 
cated in Lot 15, Block "I", Nehalem Bay Park, Tillamook County, 
Oregon, and which property is more particularly described on the 
attached sheet and designated as Parcel No. 48, and is further iden- 
tified in the records of the Highway Commission as File R 7372;* 


Real property owned by H. S. Allen, which property is located 
in Let 29, Block "T", Nehalem Bay Park, Tillamook County, Oregon, 
and which property is more particularly described on the attached 
sheet and designated as Parcel No. 49, and is further identified in 
the records of the Highway Commission as File R 7378; * 


Real property owned by Martha A. Bequeath, which property is 
located in Lots 29 and 30, Block 6, Nehalem Beach, Tillamook Coun- 
ty, Oregon, and which property is more particularly described on 
the attached sheet and designated as Parcel No. §0, and is further 
jdentified in the records of the Highway Commission as File R 7381;* 


Real property owned by Charles Vogt, which property is located 
in Lots 8 and 9, Block 7, Nehalem Beach, Tillamook County, Oregon. 
and which property is more particularly described on the attached 
sheet and designated as Parcel No. 51, and is further identified in 
the records of the Highway Commission as File R 7382;* 


Real property owned by Mattie Bequeath, which property is lo- 
cated in Lot 9, Block 13, Nehalem Beach, Tillamook County, Oregon, 
and which property is more particularly described on the attached 
sheet and designated as Parcel No. 52, and is further identified 
4n the records of the Highway Commission as File R 7383;* 


Real property owned by N. R. Bishop, which property is located 
in Lot 1, Block 14, Nehalem Beach, Tillamook County, Oregon, and 
which property is more particularly deseribed on the attached sheet 
and designated as Parcel No. 53, and is further identified in the 
records of the Hizhway Commission as File R 7384; * \. 


Real property owned by Anselm Boskowitz, which property is lo- 
cated in Lot 8, Block 16, Nehalem Beach, Tillamook County, Oregon, 
and which property is more particularly described on the attached 
sheet and designated as Parcel No. 54, and is further identified 
in the records of the Highway Commission as File R 7385; *# 


Real property owned by Fred J. Johnson and iarie Johnson, 
which property is located in the southwest quarter of the southwest 
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Real property owned by I. J. Everell, which property is locat- 
ed in Lot 12, Block 19, Nehalem Bay Park, Tillamook County, Oregon, 
and which property is more particularly described on the attached 
sheet and designated as Parcel No. 39, and is further identified 
in the records of the tighway Conmission as File R ‘7360; * 


Real property owned by R. Thomas Hughes and Bess L. Hughes, 
which property is located in Lot 18, Block 20, Nehalem Bay Park, 
Tillamook County, Oregon, and which property is more particularly 
described on the attached sheet and designated as Parcel. No. 40, 
and is further identified in the records of the Highway Commission 
as File R 7361; * 


Real property owned by A. V. Smith and D. B. Smith, which prop-— 
erty is located in Lots 5 and 6, Block 23, Nehalem Bay Park, Tilla- 
mook County, Oregon, and which property is more particularly de- 
scribed on the attached sheet and designated as Parcel No. 41, and 
ig further identified in the records of the Highway Commission as 
File R 7365; * 


Real property owned by Anita MeIntvre Peterson, which property 
is located in Lot 11, Block 23, Nehalem Bay Park, Tillamook County, 
Oregon, and which property is more particularly described on the at- 
tached sheet and designated as Parcel No. 42, and is further identi- 
fied in the records of the Highway Commission as File R 7366;* 


Real progerty owned by Mabel Bishop Shepherd, which property is 
located in Lot 12, Block 23, Nehalem Bay Park, Tillamook County, 
Oregon, and which property is nore particularly described on the 
attached sheet and deStgnated as Parcel No. 43, and is further iden- 
tified in the records of the Highway Commission as File R 7367; # 


Real property owned by Blanche Reed, which property is located 
in Lots 13 and 14 and the north half of Lot "R", Block 23, Nehalem 
Bay Park, Tillamook County, Oregon, and which property is more par- 
ticularly described on the attached sheet and designated as Parcel 
No. 44, and is further identified in the records of the Highway Com- 
mission as File R 7368;* 


Real property owned by H. F. Clark, which property is located 
in Lot 17, Block 23, Nehalem Bay Park, Tillamook County, Oregon, 
and which property is more partioularly described on the attached 
sheet and designated as Parcel No. 45, and is further identified 
in the records of the Highway Commission as File R 7369;* 


Real property owned by hiay Cecilia Cheldelin, which property 
4s located in Lot 21, Block 24, Nehalem Bay Park, Tillamook County, 
Oregon, and which property is more particularly described on the at- 
tached sheet and designated as Parcel No. 46, and is further identi- 
fied in the records of the Highway Commission as File R 7370;* 
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forth, and the said properties are being acquired for the express 
amd specific purposes in this resolution set forth. 


4. That the State Highway Engineer be and he hereby is 
instructed and directed to make or cause to be made all surveys nec- 
essary in connection with the determination, description, and acqui- 
sition of said real properties, and said Engineer is further in- 
structed to prepare and submit to the Legal Department necessary 
and adequate descriptions of the said real properties, which said 
descriptions shall be available for the preparation of any deed or 
deeds or other instrument or instruments necessary to complete the 
acquisition of said property or properties, whether said properties 
be acquired by purchase, donation, agreement, or by the exercise of 
the power of eminent domain. 


5. That I. H. Van Winkle, Attorney General of the State 
of Oregon, and J. if. Devers, Assistant Attorney General and Attor- 
ney for the State Highway Commission, be and they are hereby re- 
quested, authorized, and directed to attempt to agree with the owm- 
er or owners and/or with the tenants or persons in possession, if 
there be any, of said parcel or parcels of land with respect to the 
@ompensation to be paid for the taking of the same and the damage, 
if there be any, and in the event that no satisfactory agreement or 
agreements can be reached, then it is hereby further resolved that 
the Attorney General of the State of Oregon and J. M. Devers, As- 
sistant Attorney General and Attorney for the State Highway Conmis- 
sion, be and they hereby are requested to commence and prosecute 
to a final determination such suit or action, or suits or actions, 
as may be necessary and appropriate to acquire title to the said 
premises and all rights therein for the purposes herein stated. 


6. That this resolution be entered in full in the minutes 
and records of this Commission. 


% (The detailed descriptions of the respective parcéls of real prop- 
erty mentioned in this resolution are attached to the original reso- 
lution on file in the office of the State Highway Commission, Salem, 
being Resolution No. 4, under the heading "Real Property Condemna- 
tion Resolutions", and said descriptions by this reference are made 
a part of this minute entry to the same extent as if copied in full 


herein. ) 


The Commission discussed the advisability of continuing to pay an- 
nual rental for certain lands now under lease from the Government for recrea-— 
tional purposes. The State Parks Superintendent, who was present, advised 
that the state is now paying the Government annually the sum of approximately 
$875.00 for such leases. He suggested the purchase of these tracts outright 
so that the state will have title to them at the expiration of the lease 


quarter of the southeast quarter of Section 32, Township 3 North, 
Range 10 West, W. M., Tillamook County, Oregon, and which property 
4s more particularly described on the attached sheet and designated 
as Parcel No. 55, and is further identified in the records of the 
Highway Commission as File R 7386. * 


2. The particular purposes for which the above described parcels of 


real property are being acquired are as follows: 


Parcels Nos. 1, 2, 3, 4, and 5 are being acquired for right of 
way purposes in connection with the North Bend-Marshfield Section 
of the Oregon Coast Highway in Coos County; 


Parcel No. 6 is being acquired for right of way purposes in 
connection with the further improvement of the Forest Boundary- 
Cottonwood Creek Section of the Klamath Falls-Lakeview Highway in 
Lake County; 


Parcel No. 7 is being acquired for right of way purposes in 
connection with the further improvement of the Forest Boundary-Cot- 
tonwood Creek Section of the Klamath Falls-Lakeview Highway in Lake 


County; 


Parcel No. 8 is being acquired for right of way purposes in 
connection with the further improvement of the Neil Creek-Barron 
Creek Section of the Pacific Highway in Jackson County; 


Parcel No. 9 is being acquired for the construction thereover 
of a hauling road to haul material from the state's quarry to the 
Eugene-Mapleton Highway in Lane County; 


Parcel No. 10 is being acquired for the storage of maintenance 
materials on the Ironside-Brogan Section of the John Day Highway in 
Malheur County; 


Parcels Nos. 11 and 12 are being acquired for right of way pur- 
poses in connection with the further improvement of the Sexton Moun- 
tain Section of the Pacific Highway, in Josephine County; 


Parcel No. 13 is being acquired for a park or recreational 
area which is adjacent to the Klamath Falls-Lakeview Highway and is- 
located in Lake County, Oregon; 


Parcels Nos. 14 to 55, inclusive, are being acquired for a 
park or recreational area which is in close proximity to the Oregon 
Coast Highway and to the Pacific Ocea. and is located in Tillamook 


County. 
3. That the Commission does hereby find and declare that each of 


the said described parcels of real property is necessary and acquisition of 
the same by the state is required for the specific purposes hereinabove set 
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senting the Miami Timber Corporation, in which it was stated that the company 
would sell to the Commission, at the rate of $5.00 an acre, 320 acres of 
logged-off land along the Salmon River Highway. The company, however, wished 
to reserve the right to construct necessary logging roads or railroads on 
such property for use in connection with its operations on other land owned by 
the company. The Attorney was instructed to bring to the Commission for ap- 
proval the formal deed or contract of sale. 


The Attorney read aloud a letter from Mr. George W. Mcifath, Right 
of Way Bngineer for the Union Pacific Railroad Company, outlining several 
conditions under which the company is willing to sell to the state right of 
Way across its holdings as may be necessary in connection with the construc- 
tion of the Front Avenue project in Portland. It appears that the company de- 
sires to sell to the state the surface rights only and to reserve unto the 
canpany all mineral rights and oil rights. The Canmission considered that 
the conditions of the sale are not particularly objectionable from the state's 
standpoint and thereupon authorized the inclusion of such provisions in the 
deed of conveyance. 


The Parks Superintendent reported on the following matters: 


Letter from County Judge A. H. Boice,-Curry County, relative to the 
establishment of a national park adjacent to the Oregon Coast Highway in Cur- 
ry County:~ The Parks Superintendent advised that a letter has been received 
from Judge Boice requesting, on behalf of the County Court, that the dighway 
Commission take no steps toward the establishment of said proposed park and 
that the Commission oppose the acquisition of lands for this park by the Fed~ 
eral Parks Service because they believe that the taking of several thousand 
acres of land off the tax rolls would place the county in a much worse condi— 
tion financially than it is now in. After discussion the Commission ordered 
that Judge Boice be informed that the State Highway Commission has not at 
any time taken the initiative in promoting this national park, which the Con- 
mission believes would eventually result in much benefit to Curry County; 
hence the Commission must decline to make any recommendations that may be 
taken as an objection to the establishment of such parks further, that the 
Commission declines to make any promise or statement to the effect that it © 
will not do anything to promote or help establish this park. 


Authority of State Parks Superintendent to sign C.C.C. Camp appli- 
cations, et cetera:- The Parks Superintendent advised that the National 
Parks Service has made inquiry as to his authority to sign, on behalf of the 
Commission, C.C.C. Camp applications, contractual C.C.C. instruments, et cet- 
era. He said that he has been signing such documents for the past seven 
years and no question has been raised as to his authority until recently, and 
he would like the Commission to act on the matter so that he can pass the in- 
formation on to the National Parks Service. After discussion it was decided 
that the Commissicn should sign all papere in connection with C.C.C. state 
park development matters in which the Commission and the Federal Government 
are working cooperatively. In cases of emergency, where immediate action is 
required, it was decided that the State Parks Superintendent should contact 
Chairman Cabell for instructions, Chairman Cabell's action on the matter to 
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periods. Otherwise, he said, the state would have nothing to show for its ex- 
penditure. The Canmission concurred in the viewpoint of the Parks Superin- 
tendent and decided to purchase a few of these tracts each year until all have 
been acquired. The Parks Superintendent was instructed to submit to the Con- 
mission at its next meeting a complete list of such properties, together with 
a recommendation as to the order in which the purchases should be made. 


The Attorney reported receipt of a letter fran ir. A. L. Mills, 
Portland, Western Representative of the Miami Timber Corporation of Chicago, 
relative to the sale to the state of timber strips along the Salmon River 
Highway. He read aloud such letter and particularly pointed out that Mr. 
Mills is recommending to the Chicago office a continuation of the agreement 
heretofore reached with respect to the purchase of the balance of this timber, 
at the rate of $3.00 per thousand, which timber is situate on the north side 
of the highway between Highway Engineer's Station 630 on the west and 772 on 
the east, and joins the strips heretofore purchased by the Commission. After 
discussion Chairman Cabell and Commissioner Clough approved the purchase of 
this timber with state funds, subject to further approval by Commissioner Oli- 
ver. (The State Parks Superintendent reported on the following day ths‘. 
he discussed this matter with Commissioner Oliver over the phone and that ifr. 
Oliver approved the expenditure for this purpose, making the action unanimous. ) 
The Parks Superintendent was authorized by the Commission to employ a cruiser 
to make a joint cruise of the timber on the tract with a representative of the 
Miami Corporation so as to ascertain definitely the amount that is to be paid 
to the Company. 


In this connection the State Parks Superintendent reported that ifr. 
wlervin Boyer, who resides in this locality, owns a 3.2-acre tract of land abut- 
ting on the Salmon River Highway at this point, which property acts as a wedge 
in the tract that the state is buying from the Miami corporation. ‘When Mr. 
Boyer purchased this tract, he said, he really intended to purchase sufficient 
land to include a certain sulphur spring; however, when the property line was 
established it was found that the spring was not included and now Mr. Boyer 
wants to exchange the property described in his deed for state property, on 
which the spring is located. He recommended against such exchange and gave 
as his thought that it would be highly desirable from the state's standpoint 
to buy Lr. Boyer's acreae so as to eliminate private holdings within the 
boundaries of the state's property. The Commission concurred and authorized 
the Right of “Way Department to conduct negotiations with sir. Boyer for the 
purchase of his 3. 2-acre tract. 


The matter of using federal aid funds for the purchase of wayside 
strips was also discussed, the Commission having particularly in mind using 
such funds for the acquisition of timber strips along the Pendleton-John Day 
Highway as heretofore recommended by the State Parks Superintendent. Action 
on such matter was deferred by the Commission pending receipt of the federal 
requirements that are to govern the expenditure of the government moneys, 
The Engineer was instructed to ask the Public Roads Administration for such 
information. 


The Attorney also presented a letter fron .r. a. L. Mills, repre- 
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and the south bridgeheads of the Rogue River bridge at Gold Beach. The Can- 
mission considered it advisable to protect these bridgeheads and accordingly 
authorized the Right of Way Department to secure options on private proper- 
ties that are needed for this purpose. 


Rogue River Mouth fishing frontage:- The Parks Superintendent pre- 
sented for the consideration of the Commission the matter of purchase of 
lands bordering on the Rogue River below the Rogue River bridge at Gold Beach. 
He said that this is one of the best fishing points along the entire Rogue 
River, the mouth of the river being quite narrow, permitting fishermen to cast 
their lines about half way across the river at this point; further, that the 
river bed and the bank slopes are of sand, making ideal casting conditions, 
and a more perfect fishing setup does not exist. It was his thought that the 
Commission should acquire frontage on the river at this point so as to pro- 
tect the rights of the fishermen and to permit people to fish from the banks 
of this noted fishing stream without trespassing on private property. The 
Commission questioned its authority to expend state funds to purchase this 
property for the purpose intended. The Commission also questioned the advis- 
ability of acquiring a freeway for fishermen because it would establish a 
precedent in such matter which might work to the disadvantage of the Commis- 
sion later. In view thereof the purchase of the areas was held in abeyance 
for the time being. 


Proposed park at Crofts Lake, near Bandon:- The Parks Superinten- 
dent advised that the Westmost Grange, Bandon, had recommended the purchase 
of property at Crofts Lake as a state recreational area. He said that he has 
inspected the area and considers that it will not fit properly into the state 
parks picture because lands bordering the lake have been developed by private 
individuals for their own recreational purposes and it would cost the state a 
large sum of money to purchase the interests of these people. Furthermore, 
it would be necessary to construct a road to the area approximately 4 miles 
long. He recommended against the purchase of this property. The Commission 
approved the recommendation. 


Proposed park at Agate Beach Lighthouse, Lincoln County:— The Parks 
Superintendent reported an offer received from Fred Williams, Salem, and the 
Ira Wade Estate, Toledo, to sell to the state for park purposes at the rate 
of $200.00 per acre, 66 acres of land overlooking the ocean, near Agate 
Beach lighthouse. He said that the owners have had other offers to purchase 
the property but would prefer to sell to the state if the state wants it, The 
Commission decided not to buy this property in view of the numerous obliga- 
tions that it now has with respect to the acquisition of additional areas for 
purposes of this kind. 


Addition to Crooked River State Park:- The Commission discussed the 
acquisition of private holdings contained within the boundaries of the state 
park located at the cogfluence ef the Deschutes River, the Crooked River, and 
the Metolius River, in Jefferson County, at a place known as The Cove, and de- 
cided to purchase such properties in the event they can be secured at reason— 
able cost. The Attorney was instructed to negotiate options for the same. 
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be ratified by the Commission at its next meeting. In cases involving action 
in conformance with a policy that has been established by the Commission, 
Chairman Cabell was empowered to pass on the matter personally without ratifi- 
cation by the other members of the Commission. To enable the Commission to 
keep advised of state park matters and particularly of expenditures made by 
the State Parks Department,the Parks Superintendent was instructed to 
file with the Commission at frequent intervals, not exceeding six months, a 
complete report on his activities. The Attorney was instructed to prepare a 
resolution in conformance with the above for adoption by the Commission at a 
future meeting. 


Addition to Cape Lookout State Park in Tillamook County:- The 
Parks Superintendent advised that some time ago he secured an option from Alek 
Donaldson to purchase 26 acres of land as an addition to Cape Lookout State 
Park, this being a key tract that is badly needed in order to properly devel- 
op the existing park. This option, he said, was for $7,500.00 and is effec 
tive for a period of six months, which period will soon expire. He requested 
authority from the Commission to take up the option. The Attorney advised 
that the tract has been investigated by one of his right of way agents, who 
considers that the price asked by Mr. Donaldson is fair and would be sustained 
in condemnation. After discussion the Commission approved the purchase of 
this tract at the price quoted. In this connection the Parks Superintendent 
pointed out that, in order to completely fill out this park, it will be nec- 
essary to buy a small tract of land containing 19.9 acres situate in Lot 4, 
Section 36, Towmship 2 South, Range 11 West, W. M., from the owner, Mr. W. K. 
Smith. He requested authority to negotiate for the purchase of this tract, 
which he thought could be acquired at the rate of $5.00 per acre. The Com- 
mission approved the request. 


Redwood and myrtlewood tracts along the Chetco River, in Curry 
County:- The Parks Superintendent requested instructions relative to the pur- 
chase of these tracts, there being two which contain a fine growth of myrtle- 
wood trees and one containing a good stand of redwood trees, the myrtlewood 
tracts belonging to Elmer Bankus and Alfred Loeb of Brookings, and the redwood 
tract belonging to the 0. & C. Company, Crescent City, California. These 
tracts were inspected by the Commissioners in person on their trip over the 
Oregon Coast Highway in August of this year. The Commission decided, after 
discussion, not to purchase these tracts because they are situated a consider- 
able distance from the state highway and are served by a very poor county 
read which the Commission would be compelled to reconstruct if the areas were 


acquired. 


Proposed park adjacent to the Oregon Coast Highway at the 
Oregon-California state line:- The matter of purchase of the property owned 
by ur. Fritz, situate between the Oregon Coast Highway and the Pacific Ocean 
at the California state line, was brought up by the Parks Superintendent. The 
Commission decided not to purchase this tract because there are so many other 
tracts throughout the state which have priority in the state parks program. 


Rogue River bridgeheads:— The Parks Superintendent also brought 
up for discussion the matter of acquiring property controlling both the north 


THE DALLES-GALIFORNIA HIGHWAY 


CONSTRUCTION OF MAINTENANCE BUILDING AT MADRAS 


Birkemeier & Saremal 
Hart Building Company 
MeNutt Bros. 

M. E. Meyers & Son 


PACIFIC HIGHWAY 
SEXTON MOUNTAIN SECTION — GRADING 


aie L. O'Neil & Son 

Roy L. Houck 

White's Trucking Company 

K. L. Goulter 

Berke Bros. 

Leonard & Slate 

Kuckenberg Construction Company 
Frank Penepacker 

A. Teichert & Son 

Sam Orino 

Melutt Bros. 

J. A. Lyons 

C. J. Eldon 

E. L. Gates 

A. ©. Greenwood Company, Inc. 
Natt McDougall Company 


SANTIAM HIGHWAY 


9799 


$ 9,589.50 


10,152.50 
13,264.50 
14,287.47 


$194,922.50 


246,782.50 
248,754.50 
255,658.00 
263,572.50 
264,439.50 
273,221.50 
276, 828.50 
277,267.00 
282 , 309.50 
286, 844.00 
290,799.50 
291, 360.80 
296,990.80 
318,778.00 
334,531.00 


BRYANT HILL-TROUT CREEK SECTION ~ GRADING, SURFACING, OILING 


Using Asphalt 
Fisher Bros. $ ---- 
E. C. Hall Company ---- 
Leonard & Slate 82,145.00 
Homer G. Johnson 90, 875.50 
McNutt Bros. 116,034.50 
C. J. Eldon 118, 451.65 
Newport Construction Company 123,043.55 


CREGON COAST AND WILSON RIVER HIGHWAYS 
TILLA.SCCK ROCK PRODUCTION PROJECT 


F. C. Feldschau 
A. T. Dolan 
Tidepoint Company 
A. S. Wallace 


WALLOWA LAKE HIGHWAY 


Using Tar 


$ 79,195.50 


80,988.50 


90,811.50 


118, 389.35 


FOLLETT RANCH-COLD CANYON SECTION - GRADING, SURFACING, OILING 


Colonial Construction Company 
leonard & Slate 


(Continued on next page) 


$ 99,351.00 
123,963.00 


Request of Lake County American Legion Post for establishment of 
American Legion Park south of Lakeview:- The State Parks Superintendent ad- 
vised that this matter has been investigated by Division Engineer W. E. Chand- 
ler, who advises that the state owns no timber strips along the highway south 
of Lakeview and accordingly has no timbered area to name, and that it is quite 
evident that what they have in mind is the naming of a section along the 
Quartz Mountain Section of the Klamath Falls-Lakeview Highway, which was pre— 
viously considered by the Commission and was denied. The Attorney was in- 
structed to so inform the American legion Post at Lakeview. 


The Commission adjourned at 11:45 p. m., to reconvene in the audito- 
rium of the Public Service Building on the following morning. 


Portland, Oregon, October 10, 1940 


The State Highway Commission reconvened in regular session at 9:00 
a. m. in the auditorium of the Public Service Suilding. Present were: 


Henry F, Cabell, Chairman 

Huron W. Clough, Commissioner 

R. H. Baldock, State Highway Enzineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


Bids as follows for highway construction projects and for the sale 
of buildings were opened and read in confornance with previously published no- 
tice, following which Chairman Cabell announced that the award of contracts 
would be made at 3:30 p. m. in the same room: 


PACIFIC HIGHWAY 
RICE HILL-TURKEY HILL SECTION - GRADING AND PAVING 


Roy L. Houck $116, 456.00 
Leomrd & Slate 121,973.50 
Berke Bros. 124,726,350 
Jacobsen—Jensen Company 125,878.00 
McNutt Bros. 142,742.00 


CENTRAL OREGON HIGHWAY 


QAKERMAN RANCH-SAGE HEN HILL SECTION 
GRADING, SURFACING, AND OILING 


E. L. Rigdon % 89,198.25 
M. L. O'Neil & Son 108, 939-15 
Rogers Construction Company 111,827.25 
Clifford A. Dunn 116,074.00 
McNutt Bros. 118,081.25 
E. C. Hall Company 121,127.00 
Babler Bros. 129,814.00 
Homer G. Johnson 134,948.30 
A. iiilne 135,411.00 
Newport Construction Company 156,179.60 
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with respect to allocations to finance improvements on roads that are con- 
sidered of greatest value from the military standpoint. 


Chairman Cabell explained the status of funds and advised that the 
Federal Government may require that priority be given to roads that are of 
strategic military importance. Mr. Peoples gave as his understanding that 
the United States Reclamation Service has plans to establish new C.C.C. camps 
along The Dalles-California Highway between Terrebonne and Madras to work on 
the irrigation canals in this vicinity. He gave as his thought that the Com- 
mission should have this information, inasmuch as there is a possibility that 
the canal construction will affect the proposed highway improvements in this 
locality. The Commission referred the matter to the Engineer for investiga- 
tion. 


Mr. Peoples also brought up for discussion the matter of oiling the 
unoiled section of the Santiam Highway and suggested that the section of most 
importance is that between Suttle Lake and Hogg Pass. He was informed by 
Chairman Cabell that the current forest highway program contains an amount to 
finance the oiling of this section but work cannot go forward this year be- 
cause of the lack of congressional appropriation. Chairman Cabell further 
stated that the Commission considers the project mentioned by Mr. Peoples as 
being of most importance and that it should be completed at the earliest pos- 
sible time. 


ir. W. C. Calder of Baker, and W. M. Huntington, Portland, attorney 
for ur. Calder and for the Arch Cape Land Company, Portland, came before the 
Commission in regard to a claim for damages arising out of construction of the 
Oregon Coast Highway at the south end of Arch Cape tunnel, in Tillamook Coun- 
ty. They alleged that the construction of the highway at this point has 
caused an unstable condition in the terrain and has caused considerable slide 
material to be deposited on their property and they consider that it is the 
obligation of the state to pay certain damages and to clean up the premises 
of debris, et cetera. The Engineer suggested that a solution of this problen 
might be the purchase of additional right of way from these omers. Mr. Hunt- 
ington stated that his clients would be pleased to consider selling to the 
state additional right of way if the state will arrange to clean up the prem- 
{ses surrounding it. ilr. Calder also stated that he would be glad to discuss 
with the Commission the sale of a portion of his property that is affected by 
the slide but he wants the balance of his property cleaned up and the slide 
debris removed therefrom. After considerable discussion the Commission in- 
structed the Engineer to make a survey to determine the exact boundaries of 
the slide and the areaof the same. He was also instructed to investigate the 
matter of the debris on these private properties and the allevations of hr. 
Calder and ifr, Huntington that material is still sluicing from the highway in- 
to a small lake on their property, and to submit a report on this matter, to- 
gether with an estimate of cost to clean up the slide area and the adjoining 
areas, at the November meeting of the Commission. It was arranged that ifr. 
Calder would contact Resident Engineer J. H. Seott, at Nehalem, on the follcw- 
ing donday and with him make a joint inspection of the premises. 


Reconsideration was given by the Commission to the proposal of the 


OCT10 1940 


(Follett Ranch-Cold Canyon Section continued: ) 


White's Trucking Company $115,542.50 
E. L. Gates 7,196, 50 
K. L. Goulter 9,501.00 
G. D. Lyons & Company 227,546.25 
J. C. Papin 131,418.00 
McNutt Bros. 141, 362.50 


COLULBIA RIVER HIGHWAY 
MOSIER-SEUFERT ROCK PRODUCTION PROJECT 


Rogers Construction Ccmpany $ 12,977. 


M. L. O'Neil & Son gee 
a. 3 Wallace 14,850.00 
R. 0. Dail & Warren Bros., Inc. 15,595-40 
Homer G. Johnson 16,144.00 
Newport Construction Caupany 17,100.00 
A. 0. Ekstrom 20,250.00 


BUILDING NO. 7857=A 
(Known as Koffee Kup Cafe) 


No bids received 


Gale of Building in Oakland: 


BUILDING NO, L~961 
(Former Owner T. B. Garrison) 


No bids received 


e of Buildi Troutdale: 


BUILDING NO. 1823 
(Former Omer Alice ‘i. Jordan) 


Ralph T. Johnson $ 60.00 


County Commissioner «im. Baer, of Deschutes County, and Don Peoples, 
Secretary of the Bend Chamber of Commerce, came before the Commission and in=- 
quired as to the Cennission's plans for the further improvement of the Warm 
Springs Highway between “Jarm Springs Agency and ‘lapinitia Junction. They were 
informed that the Commission has already placed under contract all of the work 
provided for in the current program; further, that the Commission has not as 
yet adopted a program for the new federal aid moneys and probably will not do 
so until it is known definitely just what the Federal “iovernment will require 
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and reconstructed on new alignment, particularly between Mile Post 279.6 and 
282, so that the old highway between these points is no longer of value for 
state highway purposes. He recaunended that the old right of way be turned 
back to the county to maintain. After discussion the Canmission approved the 
Engineer s recommendation in both instances and by unanimous vote adopted the 
following resolutions pertaining thereto: 


WHEREAS, in order to afford a better alignment and a more 
satisfactory, safe and convenient highway for the traveling public, 
the Commission found it necessary to relocate a portion of the Klam- 
ath Falls-Lakeview “ighway in Lake County; and 


WHEREAS, by reason of said relocation and reconstruction 
of the said section of said highway there was eliminated and made 
unnecessary as a part of the permanent highway a certain section orpart 
thereof, which section is more specifically defined and designated 
hereinafter in this resolution; and 


WHEREAS, it is the judgment and opinion of the Commission 
that there should be recorded in the minutes and records of the Com— 
mission its purpose and plan to abandon as a part of the said state 
highway the fragment or portion of right of way hereinafter desig- 
nated and heretofore included within the area of the right of way 
of the said highway as formerly located, improved and used; 


NOd, THEREFORE, the premises being in general as above 
stated, it hereby is resolved by this Commission, all members being 
present and affirmatively participating, as follows: 


1. That the fragment of land confined within the area of 
land hereinafter designated, which fragment or parcel of land was 
formerly within the limits of the right of way of the Klamath Falls- 
Lakeview dighway in Lake County, but 4s now without the limits of 
the right of way of said highway as said highway has been relocated 
and constructed, be and said frament or parcel of land or portion 
of the old right of way is abandoned as 4 part of the right of way 
of said highway, and said fragment or parcel of land or old right 
of way is, so far as control and supervision by this Commission is 
concerned, eliminated and left to revert to the adjoining and abut— 
ting property owners or to the control and supervision of the Coun- 
ty Court of Lake County for highway or other public purposes, as the 
Court may determine. The fragment or parcel of land affected by 
this resolution is defined and described as follows, to wit: 


All that certain seetion of the old right of way of the 
Klamath Falls-Lakeview Highway in Sections ld, 15 and 22, 
Township 39 South, Range 19 East, W. M., Lake County, ly- 
ing on the northerly side of the right of way required for 
the reconstructed Klamath Falls-Lakeview Highway, s aid sec- 
tion also lying between ilile Posts 85.4 and 87.5 of said 
hichway; the beginning and ending points with reference to 


Crewn-Zellerbach Corporation, Portland, to lease certain Willamette River 
frontage along the newly constructed Pacific Highway East, in Oregon City, 

for which the corporation previously offered to pay a reasonable sum. After 
discussion the Commission decided to call for bids for the lease of this area 
for a period of three years or so; reserving, however, from the area to be 
leased a certain cove opposite the courthouse, in which it is proposed to con- 
struct and maintain a wharf for use of fishermen in tying up their boats. 

The Attorney was instructed to prepare an appropriate advertisement to be pub- 
lished, calling for bids, and he was instructed to include in the lease, if 
ana when it is prepared, a clause providing for the ravocation of the lease 
at any time that the Commission may see fit, it being considered advisable to 
have such provision in the lease in view of the possibilities that certain 
factions will object to the use of the frontage for purposes intended by the 
Crown-Zellerbach Corporation if such use detracts from the natural scenic 
view. The Engineer was instructed to contact the city officials of Oregon 
City relative to the operation of the cove for the benefit of fishermen. The 
Attorney was instructed to inform the Crown-Zellerbach Corporation of the ac- 
tion taken by the Commission. 


The matter of permitting the mooring of boathouses along the bank 
of the Willamette River at this location was also discussed. It was the 
thought of the Commission that this matter would be automatically taken care 
of upon the leasing of the river frontage at this place. 


The Secretary presented a letter from the wultnomah Anglers and 
Hunters Club suggesting that the state acquire tracts of land along coastal 
streams so as to previde access to these streams by fishermen without tres- 
passing on private property. The Commission considered that solution of this 
problem is the function of the State Fish Commission and not the Highway De- 
partment, hence declined to take any action on the matter. 


The Commission considered and approved two resolutions from Lake 
County Court, one of which pertains to the abandonment of the Hunter Hill- 
Lakeview Section of the Fremont Highway and the other relates to the abandon- 
ment of a portion of the Klamath Falls-Ldewiew Highway and the retention of 
other portions of such highway for county purposes. The Engineer explained 
that these resolutions are the result of the abandorment by the State Highway 
Commission of the sections of highway referred to because of a relocation of 
the highway on other alignment. He recommended approval of the resolutions, 
The Commission approved the recommendation. 


The Engineer reported that the Klamath Falis-Lakeview Highway be— 
tween Engineer's Station 1229+95 and Station 1338400, in Sections 14, 15, and 
22, Towmship 39 South, Range 19 East, W. u., Lake County, has been recon- 
structed on new alignment, hence the old Aighway between these points is no 
longer of value from the state's standpoint. He recommended that the Commis- 
sion take action to turn the old section back to Lake County for future main- 


tenance. 


He also reported that a portion of the Williams Hizhway-Fruitdale 
Road Section of the Pacific Highway, in Josephine County, has been relocated 


WHEREAS, it is the judgment and opinion of the Commission 
that there should be recarded in the minutes and recoris of *he Con- 
mission its purpose and plan to abandon as a part of the said state 
highway the fragment or portion of right of way hereinafter desig- 
nated and heretofore included within the area of the right of way 
of the said highway as formerly located, improved and used; 


NOW, THEREFORE, the premises being in general as above 
stated, it hereby is resolved by this Commission, all members being 
present and affirmatively participating, as follows: 


1. That the fragment of land confined within the area of 
land hereinafter designated, which fragment or parcel of land was 
formerly within the limits of the right of way of the Williams High- 
way-Fruitdale Road Section of the Pacific Highway but is now without 
the limits of the right of way of said highway as said highway has 
been relocated and constructed, be and said fragnent or parcel of 
land or portion of the old right of way is abandoned as a part of 
the right of way of said highway, and said fragment or parcel of 
land or old right of way is, so far as control and supervision by 
this Commission is concerned, eliminated and left to revert to the 
adjoining and abutting property owers or to the control and super- 
vision of the County Court of Josephine County for highway or other 
public purposes, as the Court may determine. The fragment or par- 
cel of land affected by this resolution is defined and described as 
follows, to wit: 


All that certain section of the old right of way of the 
Williams Highway-Fruitdale Road Section of the Pacific 
Highway, in Sections 19. 20, 21, 28 and 29, Township 36 
South, Range § West, W. M., Josephine County, lying on 
the southerly side of the right of way required for the 
reconstructed Pacific Highway; said section also lying 
between Mile Posts 279.6 and 282 of said highway; the be- 
ginning and ending points with reference to the engineer's 
stations of the said old highway being Station 19+60 on 
the westerly end and Station 147+66 on the easterly end. 


The location of said abandoned right of way may be more definitely 
and particularly ascertained and determined by reference to a map 
or blueprint, marked "Exhibit A", attached hereto and by this ref- 
erence made a part hereof, which said exhibit for identification 
purposes bears the signatures of K. D. Lytle, Division Engineer, 
H. G» Smith, Construction Engineer, and C. B. McCullough, Assist- 
ant State Highway Engineer, and is dated October 8, 1940, upon 
which map or exhibit there is reflected the above described parcel 
of land by showing the same shaded in red. * 


Map filed in Right of Way Abandonment and Retention File — No. 78 
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the engineer's stations of the said reconstructed highway 
being Station 1229+95 on the westerly end and Station 
1331+00 on the easterly end. 


The location of said abandoned right of way may be more definitely 
and particularly ascertained and determined by reference to a map 
er blueprint, marked "Exhibit A", attached hereto and by this ref- 
erence made a part hereof, which said exhibit for identification 
purposes bears the signatures of W. E. Chandler, Division Engineer, 
H. G. Smith, Construction Engineer, and C. B. McCullough, Assist- 
ant State Highway Engineer, and is dated September 21, 1940, upon 
which map or exhibit there is reflected the above described parcel 
of land by showing the same shaded in red.* 


2. In the event there remains any physical connection be- 
tween any portion of said abandoned right of way or highway and the 
present highway, and by reason of such physical connection traffic 
from the existing highway may enter or use the said abandoned por- 
tion of the said old road to the possible damage or injury of such 
traffic by reason of any unsafe condition existing with respect to 
said old or abandce~ i road, then the State Highway Engineer is here- 
by authorized and directed to erect such barricade or other safe- 
guards as may be necessary to protect and safeguard traffic using 
and employing said newly located, constructed and dedicated section 
of said highway. 


3. That this resolution be entered in the minutes and rec- 
ords of the Commission and a certified copy thereof promptly deliv- 
ered to the County Court of Lake County, together with a copy of 
said map or exhibit, for such action as said County Court may desire 
to take with respect to said fragment of land, and should said aban- 
doned portion of the right of way of said highway be further em- 
ployed for public or private highway purposes such use shall be en- 
tirely under the control and supervision of the County Court of 
Lake County and beyond any responsibility or supervision by the 
State Highway Commission. 


WHEREAS, in order to afford a better alignment and a more 


‘ satisfactory, safe and convenient highway for the traveling public, 


the Commission found it necessary to relocate a portion of the Wil- 
liams Highway-Fruitdale Road Section of the Pacific Highway in Jo- 
sephine County; and 


WHEREAS, by reason of said relocation and reconstruction 
of the said section of said highway there was eliminated and made 
unnecessary as a part of the permanent highway a certain section or 
part thereof, which section is more specifically defined and desig- 
nated hereinafter in this resolution; and 
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The Cammission authorized the private sale of a residence building 
on the former Charles ii. Casad property at Brookings, together with a portion 
of the lot outside the standard highway limits, to James H. Harris, for a con- 
sideration of $350.00. The Assistant Attorney advised that this sale is in- 
mediately necessary in order to permit the moving of buildings now owned by 
James H. Harris, some of which are to be placed on the former Charles «. Casad 
property. 


The Assistant Attorney reported that at the time of the settlement 
on the T. W. Panter property at Bandon there was a mutual misunderstanding, 
in that Mr. Panter and the right of way agent anticipated that the recon- 
structed highway would be at approximately the same level as the existing 
nighway, so there would be no material impairment of access to his service 
station. It has developed, however, that the new highway is about five 
feet lower than the old highway and access to iir. Panter's property is very 
materially impaired. The Commission authorized the reopening of this settle- 
ment with the idea of endeavoring to work out a plan, either for payment of 
damages or for the purchase of adjacent lots and the moving of the service 
station thereon, which would leave the former owner in as good position as he 
was at the time of the original negotiations. 


The Commission discussed the matter of disposal of a small three- 
cornered parcel of state-owned land lying between the Tualatin Valley Highway 
and the Southern Pacific Railroad right of way near a place know as Aloha, 
in lashington County. The Attorney explained that this small parcel was orig- 
inally part of a dedicated street that has been vacated by the Washington 
County Court and left to revert to the adjacent property omers, which is the 
reason that the state now owns it; also, that the owner of the property abut— 
ting on this tract wants to obtain possession of it for his personal use. He 
inquired whether the Commission wished to dispose of it. The Commission de- 
cided to keep the property. The following resolution pertaining thereto was 
adopted by the Commission by unanimous vote: 


WHEREAS, the County Court of Washington County by resolu- 
tion duly and regularly adopted on March 15, 1939, recorded on page 
183, Book 179, Washington County Deed Records, abandoned for public 
right of way purposes the following described parcel of real proper- 
ty: 

Beginning at the Southwest corner of Lot 191 in John- 
son Estate Addition to Beaverton-Reedville Acreage in ‘lash- 
ington County; thence North 81° 37' West, 227 feet along 
the north line of Southern Pacific Railway right of way to 
the south line of the Tuahatin Valley Highway; thence east- 
erly along said south line to the west line of said Lot 
191; thence south 24 feet to the point of beginning; 


AND, WHEREAS, said resolution, among other things, con- 
tained the following: 


“Tt is further ordered and adjudged that as a result 
of the vacation aforesaid the title to the land shall fall 
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2. In the event there remains any physical connection be- 
tween any portion of said abandoned right of way or highway and the 
present highway, and by reason of such physical connection traffic 
from the existing highway may enter or use the said abandoned por~ 
tion of the said old road to the possible damage or injury of such 
traffic by reason of any unsafe condition existing with respect to 
said old or abandoned road, then the State Highway Engineer is here- 
by authorized and directed to erect such barricade or other safe- 
guard as may be necessary to protect and safeguard traffic using and 
employing said newly located, constructed and dedicated section of 
said highway. 


3. That this resolution be entered in the minutes and rec- 
ords of the Commission and a certified copy thereof promptly deliv- 
ered to the County Court of Josephine County, together with a copy 
of said map or exhibit, for such action as said County Court may de- 
sire to take with respect to said fragment of land, and should said 
abandoned section of the right of way of said highway be further em- 
ployed for public or private highway purposes such use shall be en- 
tirely under the control and supervision of the County Court of Jo- 
sephine County and beyond any responsibility or supervision by the 
State Highway Commission. : 


The Commission discussed the controversy with Hrs. J. R. Prewett, 
Toledo, Oregon, arising out of a right of way settlement in connection with 
the improvement of the Corvallis-Nevwport Highway at Toledo, The Attorney ad- 
vised that this matter is of long standing and that at one time a satisfac- 
tory settlement with Mrs. Prewett was reached, However, she now appears to 
be dissatisfied with the settlement and has filed a claim for additional pay- 
ment. He further adrised that the Commission some time ago approved an ad- 
ditional payment to Lirs. Prewett in the amount of approximately $75.00 and 
that this offer was conveyed to Mrs. Prewett, who refused it because she felt 
she was entitled to compensation in a larger sum. He recommended the payment 
of the amount previously offered lirs. Prewett, but no more. The Conmission 
approved the recommendation and instructed the Attorney to renew the offer to 
irs. Prewett as settlement in full of her claim and to let the matter drop if 
she refuses to accept same. 


The Commission had under discussion the matter of exchange of cer- 
tain property with the State Board of Control at the Highway Department's 
shops in Salem, such exchange being necessary in order to facilitate the de- 
velopment of properties of both departments. The Commission indicated ap- 
proval of such exchange provided the Highway Department is given the right to 
maintain a sewer line which has been constructed and installed on the tract 
that is to be conveyed to the Board of Control. The Commission, however, de- 
ferred definite action until the mext meeting when all Commissioners are 
present. 
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State Secondary Highway. Mr. Muir stated that .ir. Swenson has purchased from 
him about 80 million feet of timber adjacent to this highway and in order to 
truck the logs to market must use several miles of the state secondary high- 
way between Walton and Swisshome, which is in very bad condition. The Engi- 
neer advised that this matter has been investigated by Division Engineer K. D. 
Lytle who states that it will cost about $4000.00 to place this road in con- 
dition that will permit log hauling during the winter months, and in addition 
some of the bridzes would have to be repaired. The present road, he said, 
will not stand up under logging traffic and wnless the road is stabilized the 
probabilities are that the Commission will have to close it entirely for such 
traffic in order to keep it. open for other traffic. iir. Muir advised that he 
has discussed this matter with Lane County Court, which has agreed to pay one- 
third of the cost of the repair work;and has discussed the matter also with 
Mr. Swenson, who is willing to contribute an equal share of the cost if the 
state will pay the difference. The Engineer then suggested that such propo- 
sition might be acceptable if, after the repair work has been done, Lane Coun- 
ty will consent to the removal of the Walton-Swisshome Section fran the state 
secondary highway system and to the substitution therefor on such system of 
the Eugene-Veneta Section of the so-called Route “F" Highway. The Commission 
appeared favorably inclined toward such suz.estion and instructed the Engineer 
to discuss the matter with the County Court and report the results thereof at 
the November meeting of the Commission. 


gr delegation, representing the Coast Highway Association, and consisting 
of the following members came before the Commission in the interests of the 
Oregon Coast Highway: Arch 5. Sanders, Manager of the Association; County 
Judge A. H. Boice of Curry County; County Judge J. E. Norton of Coos County; 
hi. E. Kelley of Port Orford; H. G. Kern and E. L. Peterson, of North Bend; 
C. H. Coe of Marshfield; County Judge Franklin E. Gilkey of Lincoln County; 
and County Commissioner James ©. Barclay; H. L. Hull of Newport; J. W. Lundin 
of Nelscott; Al T. Walker of Ocean Lakes Edw. G. Smith of Gleneden Beach; 
County Judge Harland M. Woods and Commissioners E. G. Anderson and E. H. Lind- 
sey, of Tillamook County; John Aschim, Chas. A. Ross, and A. T. Dolan, all of 
Tillamook; and $. G. Reed of Neahkahnie. lir. Sanders headed the group and 
acted as spokesman. He referred to a program previously presented to the 
Commission by the Association, particularly to the following projects men- 
tioned therein: 


(1) Improvement of the Oregon Coast Highway from the south end of the 
Rogue River Bridge to the southerly limits of Gold Beach. Mr. Sanders said 
that the feeling of the people of this district is now against the rerouting 
of the highway and that they consider that it would be much better to simply 
improve the present highway, for which the property owmers are willing to do- 
nate additional right of way 20 feet wide. He further stated that lack of 
approval by the Commission of a definite plan for the highway improvement at 
this place has delayed development in this town because the people are reluc- 
tant to spend their money to improve their properties without knowledge as to 
where the permanent highway is to be. Chairman Cabell outlined briefly the 
projects that the Commission now has under consideration in this vicinity; 
viz., the improvement at Bandon, which is now under way; the improvement at 
Brookings, which is also under contract; and the proposed improvement at Gold 


OCT 10 1940 


ee ee, ae eat 


oct10 1940 


to the owners of land abutting upon the north side of said 
dedicated roadway and none to the Southern Pacific." 


AND, WHEREAS, the said tract of land is bordered on the 
north by a state highway and by reason thereof the State of Oregon, 
by and through its State Highway Commission, as the abutting omer 
is vested with title to the above described parcel of land by rea- 
son of the vacation proceedings promoted and adopted by the County 
Court of Washington County; and 


WHEREAS, it is the judgment of the State Highway Commis- 
sion that said parcel of land should be preserved by the State for 
public purposes: 


NO’, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
Highway Commission, all members being present and voting affirmative- 
ly, as follows: 


1. That the Highway Commission does hereby declare and 
find that the above described parcel of land is necessary and will 
be useful in connection with public highway construction and main- 
tenance, and the Commission does therefore declare and order that 
said parcel of land shall be preserved by the State for such use as 
it may serve in connection with highway construction, maintenance, 
beautification, landscaping or other uses. 


2. That the State Highway Engineer be and he hereby is 
instructed to properly inclose said area with a fence or otherwise 
define the borders thereof so that the same will be clearly marked 
and designated as state property. 


3. There is attached hereto and made a part hereof a 
blueprint or map, marked "Exhibit A", on which there is shown shad- 
ed in red the areaof land described in this resolution. 


The Engineer reported on the request of Fort Klamath Grange No, 775 
that the state construct a view point on Sun Mountain adjacent to The Dalles- 
California Highway, near Fort Klamath. He said that this matter has been in- 
vestigated by Division Engineer W. E. Chandler, who recommends the acquisi- 
tion of a small tract at this point, which is opposite Mile Pest 241.2, be- 
cause it will afford an excellent view of the beautiful Wood River Valley. 
and also recommends the development of the same, which he estimated would 
cost about $800.00. He said that he concurs in lir. Chandler s recommenda— 
tion. The Commission approved the reconnendation unanimously. 


The Commission recessed at 12:00 noon and reconvened at 1:30 p, m. 
in the same room with the same persons present and participating. 


Messrs. Roy Swenson, Swisshome, and Earl J. luir, Eugene, came be- 
fore the Cooumission and requested the improvement of the Eugene-Swisshcme 


the surfacing work on the Neahkahnie siountain project and suggested that the 
Commission do not open this section for general public use until all of the 

surfacing and oiling work has been completed. He was informed by the Engi- 

neer that the construction season in this vicinity is short and it is doubt- 
ful that the road will be open for travel before the fall of 1941. However, 
the present plans are to take bids for the final project in November of this 
year. 


ae The Attorney inquired about the extra right of way that will be re- 
quired at Gold Beach in the event that the Commission elects to retain the 
present highway at that place, particularly as to the moving of buildings. 
Judge Boice gave as his understanding that the property owners are willing to 
donate right of way 20 feet wide on the east side of the highway, but expect 
the state to move the buildings. The Attorney then inquired as to the moving 
of the pole lines along this section, Judge Boice stated that he is not in a 
position to make any suggestions relative to this feature but that the County 
Court will cooperate with the Commission fully, to the end that a satisfac— 
tory solution may be reached. aie 

Tillamook County Court, represented by County Judge Harland M. Woods 

and County Commissioners E. H. Lindsey and E. G. Anderson, conferred with the 
Commission relative to the federal ajd secondary highway funds that have been 
programmed by the Commission for the improvement of the Fairview-Clemens Cor- 
ner County Road. They gave as their understanding that the Canmission pro- 
poses to improve the section of this road which extends northerly from Clem- 
ens Corner toward the Trask River Bridge, and asked the Commission to recon- 
sider this decision and reallocate the funds to improve a section of what is 
known as the Long Prairie Road, beginning at the Oregon Coast Highway at a 
point known as Pelz Corner and extending easterly about 2 miles to a junction 
with the Fairview-Clemens Corner Road, thence nartherly to the crossing of 
the Trask River, or as far as funds will permit. They advised that the Long 
Prairie Road carries more traffic than the other and now has a right of way 
60 feet wide, whereas the Fairview-Clemens Corner Road is not that wide and 
the county has no funds budgeted for purchase of additional right of way, a 
considerable amount of which would be needed because this road would have to 
be realigned. 


The Engineer advised that the Long Prairie Road is not ineluded in 
the partial system of federal aid secondary highways heretofore recommended 
to the Public Roads Administration, and it might require considerable time to 
secure approval of the change. Mr. T. i. Davis, Senior Highway Engineer of 
the Public Roads Administration, was present and suggésted that the proposed 
change could be made if traffic justifies. After due consideration the Com- 
mission voted unanimously in favor of the change and instructed the Engineer 
to take action as may be necessary to secure the Government's approval there- 
to, provided no good reason can be found within the next few days for not do- 
ing so, The County Court was informed that they would be notified shortly 
if the change could not be made. 


Judge Woods then inquired whether or not the Commission has as yet 
passed on the county's request for the designation of the Netarts Road as a 
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Beach, which, he said, the Commission has found it necessary to defer because 
of lactt of funds and a decision as to where the highway is to be located. He 
also mentioned the proposed improvement. at Port Orford, advising that this 
work also had to be postponed because it is a forest highway project and funds 
to finance the work have not been provided by the Federal Government. eae 


- 


(2) Complete the reconstruction of the Bunker Hill Section and con- 
tinue the improvement to Coquille; also, rebuild the section between Marsh~ 
field and North Bends- ir. Sanders asked the Commission to give particular con- 
sideration to the warshfield-North Bend improvement and to outline the work 
involved so there will be no gaps of inactivity until the entire project is 
completed. He suggested continuing projects as the best arrangement. 


(3) Relocation of the highway between Newport and Otter Rock:— Mr. 
Sanders stated that the members of the Coast Highway Association are agreed 
that this project is of first importance when the Neahkahnie siountain project 
is completed in northern Tillamook County. Chairman Cabell stated that this 
is a reasonable suggestion and that the Commission would give it careful con- 
sideration. 


(4) Proposed relocation at Gleneden Deach:- Mr. Sanders advised 
that this project is not particularly important from the Association's stand- 
point and that they would prefer that the project be indefinitely postponed, 
He said that Mr. Carev, who owns considerable property at Gleneden Beach, has 
offered to give land as may be required to properly flatten the curve jn the 
present highway at this point if the Commission will retain the present route. 


Mir. Edward G. Smith, Gleneden, also urged the Commission to retain 
the present route of the highway past Gleneden Beach. He added that if the 
Commission feels that it must change the location, then they would like the 
work done as soon as possible so they can adjust their properties accordingly. 
Judge Gilkey endorsed ir. Smith's remarks and stated that Lincoln County Court 
would prefer that the Highway Commission spend its money elsewhere. 


Chairman Cabell replied that since he has been a member of the State 
Highway Commission it has been his policy in the laying out of new highways 
and in the reconstruction of old highways to provide for permanency, and the 
proposed realignment of the highway at Gleneden Beach is in conformity with 
such policy, and, so far as he personally is concerned, the adoption of the 
new line at Gleneden Beach is a closed issue because he believes that such low 
cation is best. He also said that the Commission many times is required to 
locate roads that result to the disadvantage of certain individuals but the 
Commission must look at these matters from the general public standpoint and 
must make its decisions in harmony therewith, which has been done at Gleneden 


Beach. 


(5) Mr. Sanders then asked the Commission to authorize a location 
survey for the realignment of the Oregon Coast Highway south from the city of 
Tillamook to a point known as Pleasant Valley. He declared that the realign- 
ment of the highway at this location is imperative in the interests of motor- 
ing safety. He also inquired when the Commission intends to contract 


was that of Mi. L. O'Neil & Son, Eugene, in the amount of $194,922.50. 


The next-low bid was that of Roy L. Houck, Salem, in the amount of 
$246,782.50. There were 14 higher bidders. The Commission awards 
this contract to M. L. O'Neil & Son, the low bidders, at their bid 
of $194,922.50. 


"Bryant Hill—Trout Creek Section of the Santiam Highway, in 
Linn County. 4.21 miles grading, surfacing, and oiling. The bid 
of Fisher Bros., Oregon City, in the amount of $79,195.50, using 
tar, was the low one submitted for this work. The second-low bid 
was that of E. C. Hall Company, Eugene, in the amount of $80,988.50, 
also based on the use of tar. Neither of these contractors submit- 
ted a bid based on the use of asphalt. There were 5 higher bidders. 
The Commission awards this contract to the low bidders, Fisher Bros, 
at their bid of $79,195.50, using tar. 


"Tillamook Rock Production Project on the Oregon Coast and 
Wilson River Highways, in Tillamook County. Furnish approximately 
8,800 cubic yards crushed rock or crushed gravel in stock piles. 
F.C. Feldschau, Tillamook, submitted the low bid for this work, in 
the amount of $11,880.00. A. T. Dolan, Tillamook, submitted the 
next-—low bid in the amount of $12,672.00. There were 2 higher bid- 
ders. This contract is awarded to the low bidder, F. C. Feldschau, 
at his bid of $11,880.00. 


"Follett Ranch-Cold Canyon Section of the Wallowa Lake Highway, 
in Union County. 1.67 miles grading, surfacing, and oiling. The 
low bid received for this project was that of the Colonial Construc- 
tion Company, Spokane, Washington, in the amount of $99,351.00. The 
next-low bid was that of Leonard & Slate, Multnomah, in the amount 
of $113,963.00. There were 6 higher bidders. This contract is 
awarded to the low bidder, the Colonial Construction Company, at 
its bid of $99,351.00. 


“Mosier-Seufert Rock Production Project on the Columbia River 
Highway, in Wasco County. Furnish approximately 9,000 cubic vards 
crushed rock or crushed gravel in stock piles. Rogers Construction 
Company, Dayton, Washington, submitted the low bid for this project, 
in the agount of $12,977.60. M. L. O'Neil & Son, Eugene, submittedi 
the second-low bid in the amount of $13,502.00. There were 5 higher 
bidders. The Commission awards this contract to the low bidder, 
Rogers Construction Company, at its bid of $12,977.60." 


Sale of Buildings 


"Sale, and removal from right of way, of residence building 
formerly owned by T. B. Garrison, situate on the west side of the 
Pacific Highway approximately 3 miles north of Oakland, Douglas 
County. No bids were received for the purchase of this building. 


"Sale, and removal from right of way, of residence building 
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state secondary highway. He was informed by Chaimnan Cabell that the Commis- 
sion has not as yet acted on this matter but will do so when all three Can- 
missioners are present. 


urs. Vietor C. Follenius and .irs. P. L. Manser, of Hood River, came 
before the Commission as representatives of the Hood River Valley Garden Club 
and asked the Canmission to select several sites along the Mount Hood Highway, 
between Hood River and Parkdale, for the establishment of roadside parks. They 
particularly asked for such parks at a place known as "View Point" and et 
"Moss Acres", near Odell. They said that if the Commission will acquire these 
sites the Garden Club will assume the responsibility for planting the areas, 
although it would expect the state to maintain them. They also sugeested that 
the Canmission acquire a small treet containing some lovely trees situate ad- 
jacent to the hount Hood Highway at a place known as Fikes Corner. It was 
their thought that this area could be acquired by the state at small expense 
and that it could be developed very cheaply. They were informed that the Com- 
mission cannot give them an answer today but will refer the matter to the 
State Parks Superintendent for investi ation and recommendation, and will 
let the Garden Club know as soon as a decision has been reached. 


At 3:30 p. m. Chairman Cabell announced the award of contracts and 
sale of buildings, as follows, such awards having been previously approved by 
the Commission by unanimous vote: 


"Rice Hill-Turkey Hill Section of Pacific Highway, in Douglas 
County. 2.22 miles grading and paving. Roy L. Houck, Salem, sub- 
mitted the low bid for this project in the amount of $116,456.00. 
Leonard & Slate, siultnomah, submitted the next-low bid in the 
amount of $121,973.50. There were 3 higher bidders. The Canmission 
has awarded this contract to Roy L, Houck, the low bidder, at his 
bid of $116,456.00. 


"Ogkerman Ranch-Sage Hen Hill Section of the Central Oregon 
Highway, in Harney County. 6.88 miles grading, surfacing, and oil- 
ing. The low bid received on this project was that of E. L. Rigdon, 
Lapine, in the amount of $89,198.25. The next-low bid was that of 
i. L. O'Neil & Son, Eugene, in the amount of $106,939.15. There 
were 8 higher bidders. The Commission has awarded this contract too 
E. L. Rigdon, the low bidder, at his bid of $89,198.25. 


"Construction of maintenance building on The Dalles-California 
Hi-hway, at Madras, in Jefferson Courity. Birkemeier & Saremal, 
Portland, submitted the low bid for this work, in the amount of 
$9,589.50. Hart Building Canpany, Redmond, submitted the second~ 
low bid in the amount of $10,152.50. There were 2 higher bidders. 
This contract is awarded to the low bidders, Birkemeier & Sarenal, 
at their bid of $9,589.50. 


"Sexton siountain Section of the Pacific Highway, in Josephine 
County. 1.91 miles grading. The low bid submitted for this work 
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Highway Commission a request that a clause be inserted in all special carrier 
permits issued hereafter requiring logging trucks to stop before crossing 
railroad tracks and that they would be pleased to comply therewith, but it 
will require the reprinting of all their forms, which they question is justi- 
fied, because they do not believe that the loggers would read the conditions. 
He suggested, as an alternate method of notifying the loggers, the posting 
of signs at all railroad crossings. The Engineer objected to the signs as 
being too camplicated and not workable. The Attorney gave as his thought 
that this is a matter for the legislature to pass on. 


Mr. Harvey suggested that the order be not put into effect until 
after the meeting which has been called by the Public Utilities Commissioner 
for Monday, October 14, when matters pertaining to log hauling on public 
roads of this state are to be discussed by representatives of the various 
state departments who are interested. ‘ihe suggestion was approved by the Com- 
mission, and the Engineer was instructed to attend such meeting and to report 
the outcome of the same at the Commission meeting to be held in November. 


Mr. Harvey brought up for discussion the matter of fastening log- 
ging trailers on logging trucks when enroute from the dumping point to the 
woods. It was his thought that some provision should be made for securely 
fastening the trailer to the truck so it cannot fall off, as occurred recent— 
ly in a logging operation in Coos County when a trailer fell off a truck as 
it was rounding a curve and smashed into a passing automobile, resulting in 
the death of the driver of the automobile. He suggested that provision be 
made in permits hereafter issued by the Public Utilities Commissioner for the 
fastening of the trailers to the trucks more securely, to avoid the recurrence 
of such an accident. The Commission approved the suggestion and referred the 
matter to the Engineer with instructions to work up a plan of remedy and re- 
port the same to the Commission at the next meeting. 


Mr. E. J. Knutson, Oregon Agency ilanager of the California ‘/estern 
States Life Insurance Company, was present and presented a plan of group in- 
surance coverage for State Highway Department employees. The matter was dis- 
cussed at some length and was referred by the Commission to Mr. J. W. DeSouza, 
Assistant Attorney, for investigation and report at the next meeting. He wes 
authorized by the Canmission to give lir. Knutson a complete list of Highway 
Department employees. 


The following persons, representing the Oregon State Federation of 
Labor and affiliated organizations, came before the Commission: D. E. Nicker- 
son, Executive Secretary, B. R. Wathis, President, Portland Building and Con- 
struction Trades Council; F. . Griffith, representing the Portable Engineers; 
E. Harland, representing Highway Crafts; John O'Neil, representing the Iron 
“Yorkers; and Wallace Cramer, representing Truck Drivers. Mr. Nickerson head- 
ed the group. They asked the Commission to revise its wage scales and its 
Classification of employees to conform more closely with the Union rates and 
classifications. Mr. Nickerson presented a copy of a resolution, being Reso- 
lution No. 52, adopted at the 38th Annual Convention of the Oregon State Fed-— 
eration of Labor, in which the Convention went on record " = # + * supporting 
legislation to amend the law covering the Highway Department to the effeet 


formerly owned by Alice W. Jordan, situate on the east side of the 
Sandy River, approximately one-quarter mile east of Troutdale, Mult- 
nomah County. The Commission received only one bid for this build 
ing, it being that of Ralph T. Johnson of Troutdale, in the amount 
of $60.00. The Commission approves the sale of this building to Mr. 
Johnson at his bid of $60.00. 


"Sale of restaurant property and equipment at Bandon, more 
particularly being the Koffee Kup Cafe and tract on which it is now 
established on the west side of the new Oregon Coast Highway at 3rd 
Street, Bandon. The Commission received no bids for the purchase 
of this property." 


A committee from Oregon State College, consisting of S. M. P. 
Dolan, Associate Professor of Civil Engineering; Professor Fred 0. McMillan, 
Head of the Electrical Engineering Department; and Burton Hutton, came before 
the Commission with regard to the Highway Commission's participation in radio 
broadeasts over the college station, KOAC. They thanked the Commission for 
assistance given during the past summer, making it possible for them to con- 
tinue their activities during the period June 1@ to September 10, and submit- 
ted a condensed report of the programs conducted over their station under the 
title "Oregon on Parade". ifr. Hutton, as director of the eollege radio sta- 
tion, reviewed in detail the work accomplished under this program and particu- 
larly pointed out that the appropriation authorized by the Commission to help 
defray expenses was not all used, there remaining a balance of $292.00. Pro- 
fessor Mciillan advised that the Highway Commission's cooperation was of con- 
siderable benefit to them in securing approval of their application from the 
Federal Communication System for an increase in power for their station from 
1000 te 5000 watts. The work in changing over the station, he said, is now 
under way and must be completed by April 14, 1941. Professor Dolan asked the 
Canmission to continue its participation in this work next year. It was his 
thought that much good could be accomplished for the state and the State High- 
way Department if the Commission would participate in one program each week 
during the school year and would repeat next summer the cooperation extended 
this year. He asked the Commission for an answer 85 soon as possible so they 
can arrange their programs accordingly. 


The Engineer gave as his opinion that much good was accomplished by 
the "Oregon on Parade" program as conducted last summer and that the State 
Highway Commission has received much benefit therefrom. This is evident, he 
said, from numerous letters of approval that have been received fran all parts 
of the state. After discussion, Chairman Cabell advised that the Commission 
would take this matter under advisement and would let the committee know as 
soon as possible whether or not it would continue to cooperate in this en- 
deavor. 


Messrs. A. F. Harvey and John Carkin, of the office of the Public 
Utilities Commissioner, were present and discussed with the Commission the 
matter of requiring log haulers to bring their trucks to a dead stop before 
crossing railroad tracks, ir. Harvey stated that they have received from the 


Canmission would approve such alternate proposition. The Commission agreed 
to include this matter in its study of the landscaping project and to let Mr. 
Woerndle know as soon as a decision has been reached. 


The Commission adjourned at 5:45 p. m., to reconvene the following 
morning in the same room. 


Portland, Oregon, October 11, 1940 


The State Highway Commission reconvened in regular session at 9:00 
a. m. in the auditorium of the Public Service Building, with the same persons 
present and pmrticipating. Bids as follows for highway construction projects 
and for the installation of a traffic signal system in Klamath Falls were 
opened and read, in conformance with previously published notice, following 
which Chairman Cabell announced that the award of contracts would be made at 
3:30 p. m. in the same room: 


OREGON COAST HIGHWAY 
NORTH MARSHFIELD AND MARSHFIELD-BUNKER HILL SECTIONS 
GRADING AND PAVING 


Roy L. Houck $101, 373.30 
Coos Bay Dredging Company 108,443.95 
R. I. Stuart & Sons 111, 863.30 
McNutt Bros. 115,845.20 


NORTH UMPQUA COUNTY ROAD 
MUD HOLLOW-OAK CREEK SECTION — GRADING, 
SURFACING, OILING 
A. Milne $ 27,774.00 
Coos Bay Dredging Company 28,713.00 
A. S. Wallace 32,759.50 
C. J. Eldon 36,713.50 


COLUMBIA RIVER HIGHWAY 
BLALOCK-LANG CANYON SECTION — GRADING, SURFACING, AND 
BITULZNOUS MACADAi WEARING SURFACE; ALSO WIDENING OF CONCRETE BRIDGE 


Rey L. Houck $118,530.00 
K. L. Goulter 127,699.00 
G. D. Lyon & Company 128,653.80 
Berke Bros. 130, 399-00 
Leonard & Slate 132,124.50 
E. L. Gates 141,226.50 
J. A. Lyons 148, 835.00 
MeNutt Bros. 155,802.50 
Max J. Kuney 156,385.00 
Sam Orino 171,629.50 
C. J. Eldon 219,946.00 
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that they include in their specifications covering all highway work done di- 
rect by the Commission or let by contract the Union rate for each craft em- 
ployed on highway work; * * # +" He also presented a resolution, being reso- 
lution No. 26, in which " * * « + The Oregon State Building and Construction 
Trades Council appoint a committee of three and request the Oregon State Fed- 
eration of Labor and the Portland Central Labor Council to approve this reso- 
lution and appoint a like committee to meet with the Governor of Oregon as 
goon as possible and prevail upon him to use his influence to assist us in 
having the Oregon State Hizhway Cemmission place the prevailing scale in all 
contracts let by the Commission." 


This matter was discussed at considerable length with all members 
of the delegation expressing themselves relative thereto. Chairman Cabell ade 
vised that the State Highway Commission does not want to adopt the Union wage 
scale in connection with state highway work, although the Commission is will- 
ing to adopt a scale that will approach the Union scale. He further advised 
that the Commission will give this matter very careful consideration. The 
matter was thereupon referred to the Engineer for investigation and report. 


Messrs. Joseph Woerndle and E. G. Bradle, Oregon City, were present 
and asked the Commission to allow them access to the new highway in Oregon 
City from the alley in Block 12, between 13th and 14th Streets, across state— 
owned property. Mr. Woerndle said that this is the only place in Cregon City 
where this condition exists and all that they are asking is simply permission 
to drive onto the highway from the alley, which means crossing a strip of 
state-owned property about 15 feet wide between the highway and the alley. 


Chairman Cabell advised that this highway was constructed by the 
state to facilitate motor transportation through Oregon City and, in the opin- 
ion of the Commission, the best interests of the motorists would be served if 
access to the highway at this particular point were prohibited. He explained 
that when a highway is so constructed that access from adjacent private prop- 
erty is cut off, then it is tne practice of the State Highway Commission to 
pay the property owner a certain amount as damages. However, he pointed out 
that such is not the case in this particular instance because the highway 
does not touch Mr. Woerndle's property but is separated therefrom by the al- 
ley, and his property is in exactly the same relative positicn with respect 
to the alley as it was before the highway was constructed. He further advised 
that the Commission, in acquiring right of way for this highway improvement, 
purchased land on the east side of the highway between llth Street and Aber 
nethy Creek bridge, beyond the limits of a standard-width right of way and now 
has under contemplation the landscaping of such area so as to improve the at- 
tractiveness of this section. ‘ere the Commission now to allow access to the 
highway at this place, he added, it would not only defeat the purpose of the 
landscaping work but would aiso introduce additional hazards to highway traf- 
fic; hence the Commission ds inclined to deny the request. Mr. Bradle pre- . 
sented a petition signed by eight owners of property in Block 12 of Oregon 
City, all of whom ask the Commission tc grant this privilege of access to the 
highway. He suggested that if the Commission could not see its way clear to 
grant access from each let, perhaps it would be willing to grant access for 
every two lots, and he offered to cocperate in the landccaping work if the 


LOWER COLUMBIA RIVER HIGHWAY 
TUALATIN VALLEY HIGHAAY 
BEAVERTON-AURORA HIGHWAY 

CONSTRUCTION OF THREE CULVERTS 


G. L- Potts »61 .00 
Lindstrom Bros. : 5995.00 
C. de Eldon 5,805.00 
Verhei & Haworth 5,975+50 
Grimstadt & Vanderveldt 6,200.00 
Birkemeier & Saremai 7,525.00 
Babler Bros. 9295.00 
McNutt Bros. 9,375.00 


TRAFFIC SIGNAL SYSTEM AT KLAMATH FALLS 


Trowbridge & Flynn Electric Company $17,324.00 
Tinling & Powell 19,482.00 
Clifford A. Dunn 20,449.00 


County Judge Nelson 5. Higgs of Harney County was present and asked 
for the early improvement of the Hanley Lane Section of the Frenchglen Second- 
ary Highway south of Burns, which, he said, is in particularly bad condition 
just now. He also renewed the county's request for other improvements which 
were brought to the attention of the Commission at its meeting in Burns on 
Cetober 2, 1940. He was informed that the Commission will bear these proj- 
ects in mind for consideration in the formulation of future construction pro- 
grams. As to Hanley Lane, the Engineer was instructed,to keep this section 
in as good condition as is possible with maintenance crews. 


Mr. V. Be Harroun, Carlton, Oregon, came before the Commission and 
requested reinstatement of his log-hauling permit which was cancelled by the 
Commission some time ago for violation of the provisions of the law and the 
rules and regulations of the Commission with respect to log hauling on state 
highways. It @ppears that .r. Harroun was engaged in the transportation of 
lege on the Pacific Highway West during hours of darkness and was involved in 
an accident; and, due to the fact that his permit did not allow himto haul logs 
after dark, the Highway Canmission recommended to the Public Utilities Com— 
missioner the cancellation of the permit, which was done. ir. Harroun said 
that he owns a number of trucks engaged in this class of service and that it 
is imperative that he be allowed to resume his hauling. He also said that 
these trucks have been out of service for more than two weeks. After discus— 
sion the Commission authorized reinstatement of the permit, with the under- 
standing that a more drastic penalty will be imposed upon Mr. Harroun if he 
again violates the law or the regulations. 


A delegation from ueMinnville, consisting of Eugene Marsh, Lars 
Bladine, Ed Bayliss, Charles Ludeen and Art Baird, came before the Commission 
in the interest of the Meclfinnville-Sheridan Section of the Salmon River High- 
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JOHN DAY HIGHWAY 


CONSTRUCTION OF MAINTENANCE PATROLMEN'S HEADQUARTERS AT SENECA 


Fife & Company 
Babler Bros. 
MeNutt Bros. 

li. E. Meyers & Son 


CENTRAL OREGON HIGHWAY 
BURNS SECTION - GRADE ‘JIDENING AND SURFACING 


Chester T. Lackey 
A. Milne 


THE DALLES-CALIFORNIA HIGHWAY 
WIASCO COUNTY LINE-MADRAS ROCK PRODUCTION PROJECT 


M. L. O'Neil & Son 

Rogers Construction Company 
A. S. Wallace 

Fisher Bros. 

R. ©. Dail & Warren Bros. 
Homer G. Johnson 

D. C. and A. L. Williams 
A. 0. Ekstrom 

McNutt Bros. 


JOHN DAY HIGHWAY 
IRONSIDES-BROGAN ROCK PRODUCTION PROJECT 


M. L. O'Neil & Son 

A. S. Wallace 

Chester T. Lackey 

Rogers Construction Company 
D. C. and A. L. Williams 


COLUMBIA RIVER HIGHWAY 


$19,532.25 
21,287.75 
22,620.75 
26,579e27 


$10,539.00 
12,880.00 
12,360.00 
12,540.00 
15,150 -00 
155396.00 
16,500.00 
21,574.50 


$12,144.00 
13,260.00 
13,260.00 
13,645.00 
15,495.00 


TROUTDALE-ONECNTA SECTION ~— ROABED TOPPING AND SLOPE PROTECTION 


K. L. Goulter 

Berke Bros. 

C. J. Eldon 

Leonard & Slate 

Sam Orino 

Homer G. Johnson 

J. A« Lyons 

E. H. Itschner 

J. C. Papin 

Porter W, Yett 

White's Trucxing Company 
A. C. Greenwood Company, Inc. 
McNutt Bros. 


$ 67,935.00 
72,938.00 
74,986.00 
87,780.00 
90,030.00 
91,141.00 
91,501.00 
91,620.00 
101,142.00 
104,500.00 
107,595.00 
113,860.00 
130,800.00 


The Commission adjourned at 11:45 a. m., to reconvene at 2:30 p.m. 
in the same room. 


The Commission took luncheon with members of the Advisory Board on 
Publicity siatters in the Oak Room of the Benson Hotel, following which, at 
1:30 p. m., the Commission conferred with sueh committee in the Tyrolean Room 
of this hotel. Present at such meeting were Henry F, Cabell, Huron W. Clough, 
R. H. Baldock, H. B. Glaisyer, and Harold B. Say, representing the State High- 
way Department. Representing the Advisory Board were Merle Chessman, Chair- 
man; Bonald J. Sterling, Frank Jenkins, Charles li. Reynolds, Hugh Ball, R. R. 
Cronise, and E. B. McDaniel. Mr. Chessman asked to be excused on account of 
another engagement. Following his departure Mr. Sterling presided. He re- 
ported the action taken by the Advisorv Board on the 1941 budget for the Trav- 
el and Information Department and advised that the Board recommends to the 
Commission a budget for 1941 in the amount of $100,000.00, and also recom- 
mends the retention of the services of Botsford, Constantine, and Gardiner to 
carry on publicity work next vear as in the past. He stated that the doard 
has given very careful consideration to these matters and recommends that, if 
the Highway Commission approves the {100,000.00 budget for 1941, the money be 
spent approximately as follows: $66,000.00 in magazine and newspaper adver- 
tising; $22,650.00 for necessary literature, moving pictures, displays, post- 
age, et cetera; and $11,000.00 for salaries and miscellaneous office expense. 
He presented a recommendation of the Board, in writing, and advised that it 
was adopted by the board members by unanimous vote. ifr. Sterling also pre- 
sented a letter from the Advisory Board stating that the Board has gone on 
record unanimously as being of the opinion that the present Non-Resident Reg- 
istration Law is obsolete and should be repealed. 


Chairman Cabell thanked the members of the Soard for the excellent 
service rendered by them and advised that the Commission is very glad to have 
their recommendations and will give them due consideration at the earliest 
possible time. (The Canmission approved the recommendations during the after- 
noon session, subject to concurrence by Commissioner Oliver, which was se- 
cured over the telephone later.) 


The meeting was adjourned at 2:30 p. m, following which the Commis- 
sion returned to its meeting in the Public Service Building. 


The State Highway Commission reconvened at 2:30 p. m. in the audito- 
rium of the Public Service Building with the same persons present and partici- 
pating. 


A delegation from Jackson County, representing the Jackson County 
Chamber of Commerce, was present. They were headed by Mr. Frank Hull, Mana- 
ger, and the group included the following: County Judge J. 5B. Coleman 
and County Commissioners Ralph Billings and William Perry; George Howard, 
S. M. Tuttle, Earl Ulrich, S. H. Green, Ralph Koozer, Frank Van Dyke; and 
T. S. Wiley, Mayor of Ashland. They requested the following improvements: 


Continued reconstruction on the Tiller-Trail Secondary Highway:-"I. 


way. Mr, Margh headed the group. They urged the Commission to reconstruct 
this section immediately because they are afraid that the highway will go to 
pieces entirely this winter, which will necessitate the posting of the road 
for reduced loads and will stop all log hauling, which is one of the main in- 
dustries in their district. 


Chairman Cabell explained the status of the Highway Department's 
funds and the plans of the Commission for the improvement of this highway, 
which, he said, include reconstruction of the highway from Portland to Mc- _ 
Minnville before starting improvements west of that place. The Highway Com- 
mission, he said, is cognizant of the need of improvement to the McMinnville- 
Sheridan Section and expects to give the project fair consideration for con- 
struction next year but is not in a position to make any definite statement 
today in regard thereto because of the uncertainties existing with respect to 
federal aid funds which the Government may require be spent on roads of its 
choice from a military strategic standpoint. However, the Commission will dp 
the best that it can. The Engineer advised that he would do everything pos- 
sible to keep this road open for travel during the coming winter. 


A delegation from Silverton was present and asked the Commission 
for assistance, financial and otherwise, in reconstructing the Silverton Sec- 
tion of the Cascade Secondary Highway, particularly where it extends over the 
hill in Silverton. Mr. R. B. Duncan headed the group, which included the fol- 
lowing: Harry V. Carscn, Glenn Briedwell, R. A. McClanathon, L. a. Standard 
T. T. Leonard, and Mrs. Zetta Schlador, the Mayor. They stated that the pres- 
ent highway right of way is 60 feet wide but the pavement is only 20 feet wide 
and that they have it in mind to secure a W.P.A. project to widen the grade 
and construct retaining walls, the present road being quite crocked, if the 
state will widen the pavement 5 feet on each side. He said that they are ask- 
ing this to provide greater safety to traffic, and the city is not able to fi- 
nance this undertaking alone, although it will sponsor a @.P.A. job. They 
suggested that all the state would be required to do is to furnish material 
for widening the pavement in order to take up the 25 per cent share of the 
cost that the city must provide. After considerable discussion the Engineer 
was instructed to make an investigation of the project sufficiently broad to 
ascertain whether or not the alignment of the highway is satisfactory and to 
determine the probable cost of the improvement, He was also instructed to 
discuss the matter further with the city officials and with the officials of 
the Works Progress Administration. 


The Engineer reported the cost to construct the Terrebonne—Lower 
Bridge County Road from its junction with The Dalles-California Highway, at 
Terrebonne, westerly toward Lower Bridge, a distance of about 7 miles, as pre- 
viously instructed by the Commission at the request of Deschutes County Court. 
He estimated the cost of this improvement at approximately $41,580.00 and rec- 
ommended approval of the improvement as a federal aid secondary highway proj- 
ect if the Public Roads Administration will offer no objections theretc, and 
provided the Cromite Company, which is served by this road, rebuilds its 
plant that was recently destroyed by fire, and provided further that Deschutes 
County will pay all the costs that cannot be paid with federal funds, includ- 
ing right cf way. After discussion the Commission approved the recommendation 
and instructed the Secretary to sc inform the County Court. 
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believe the Canmission would experience much difficulty in acquiring right of 
way because the property owners have indicated they would be very fair in 
dealing with the Commission. 


The Engineer at this time reported on the cost of snow-removal oper- 
ations on the highways that are kept open each winter by the State Highway De- 
partment. He said that during the winter of 1939-40 the cost to keep the Old 
Oregon Trail open in the vicinity of Meacham was about 10 cents per car, based 
on the number of cars that traveled this section; while at Government Camp 
the cost was 35 cents per car. At Hogg Pass, on the Santiam Highway, the cost S 
was 98 cents per car, and at Siskiyou Summit, on the Pacific Highway, where 
the volume of traffic is much heavier, the cost was 2 cents per car. He es- 
tinated that it would cost about $8,000.00 to keep the Diamond Lake road open 
to travel from the middle of December to the middle of april, a period of 4 
months; and, estimating traffic at 10 cars per day, which figure is based on 
the record kept by the officials at Crater Lake National Park, this would 
make the cost per vehicle approximately $6.66 compared with the gasoline tax 
revenue from each vehicle of not more than 35 cents. He did not believe that 
the cost per car could be reduced below $3.50 by any manner of calculations. 


Chairman Cabell advised that the Commission is now studying the 
snow-removal problem and hopes in the not distant future to arrive at an ans- 
wer that will be satisfactory, and whether or not any particular project is 
approved by the Commission will depend upon the Commission's investization of 
such project and the results of the application of the vardstick that the Com- 
mission expects to set up for use in passing on projects of this kind. He in- 
quired whether or not the delegation's request for snow removal on the Dia- 
mond Lake Road is based on the use of the road for recreational purposes only 
or for both recreational and commercial use. ifr. Hull replied that the basis 
of their request is on both types of traffic. Their primary purpose, he add- 
ed, is to secure an outlet to the Willamette Highway because traffic over the 
road is increasing daily and cars and trucks are taking this route in prefer- 
ence to the Pacific dignway, Chairman Cabell concluded the discussion by 
stating that the Commission is favorably inclined to assume a reasonable subsi- 
digation of snow-removal projects but cannot say now just what it will or 
will not do to that end because there are so many of them throughout the 
state that must be considered. He reiterated that the Commission is study- 
ing the matter and will give them a final answer as soon 4S possible. 


A lr. Bryant of Sixes, Oregon, came before the Commission and 
asked the privilege of transporting logs over the Ore ‘on Coast ii hway from 
Sixes River to Bandon during Saturday afternoons and Sundays. The Commission 
denied the request and instructed the Secretary to consider such decision as 
final insofar as the Oregon Coast Highway is concerned throughout its entire 
length, and to give the same answer to all others requesting similar privi- 


leges on this highway. 


At 3:30 p. m. Chairman Cabell announced the following awardsof con— 


tracts for which bids were taken at the morning session, such awards having 
been previously approwed by the Conmission by unanimous vote: 
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this connection they asked the privilege of meeting with the Commission when 

| the next program is arranged for forest highway funds. They said that they 
are vitally interested in this road because it is an important outlet for tin- 
ber products. They particularly asked the Commission to keep this road open 
a,ing the winter season. They also asked the Commission for snow removal on 
the Diamond Lake Secondary dighway from Union Creek to the junction with The 
Dalles-California Highway so the people of their district may have the benefit 
of the newly-constructed Willamette Highway during the winter months. They 
asked for immediate consideration of this request and an early decision by the 
Commission. 


Additional improvement to the Little butte Creek Secondary State 
Highway was also requested and snow removal on this road for the benefit of 
winter sports enthusiasts. County Engineer Paul B. Rynning gave as his under- 
standing that the Commission is now making a survey for a possible project on 
this road, béginning at the end of the completed section, and advised that 
they consider such project of secondary importance and would »reatly prefer 
that the Commission construct a 4-mile section further up in the mountains, 
which is impassable at certain times of the year. He also said that the road 
cerries a large volume of traffic, and logging operations are being carried 
on quite extensively on the upper section, and improvement of the 4-mile sec- 
tion referred to is badly needed now so that the timber can be hauled t»> mar- 
ket. He also mentioned the need for a good road into the Lake of the “Joods 
district where many people from the Medford district maintain summer homes. 
He pointed out that construction of this section would reduee the distance 
from Medford to the Lake of the Yoods by some 13 miles. County Commissioner 
Perry endorsed ifr. Rynning's remarks. He @ecribed the 4-mile section men- 
tioned by ur. Rynning as the section between Soda Springs and the Butte Falls 
Road. 


Chairman Cabell pointed out that there are already numerous roads 
through the Cascade Range, some of which are in an uncompleted stage, and the 
Commission is reluctant to construct any more roads across these mountains un- 
til the others are completed. He pointed out that this road serves a compara- 
tively small amount of traffic; and whereas the Lake of the ‘Yoods district is 
a lovely.place, the Commission does not feel that it can improve the road be- 
yond Soda Springs because that is the end of the farming area and the limit 
to which federal aid secondary highway funds can be expended. 


lir. Van Dyke asked for the removal of the bottleneck on the Pacific 
Highway at the Plaza Corner in Ashland. He urged the Commission to make a 
careful study of this matter as soon as possible so that relief from the ex- 
isting situation may be obtained expeditiously. Chairman Cabell advised tat 
the Coumission appreciates the need for this improvement but hesitates to 
start the project because of the precedent that would be established of doing 
work where the right of way cost involved greatly exceeds the construction 
costs. However, the Commission will be pleased to reconsider the project and 
will discuss it in the formulation of the next construction program if it ap- 
pears that the establishment of such precedent can be avoided. County Com- 
missioner Billings offered, on benalf of tne County Court, free right of way 
for this project across county-owned land. Mr. Van Dyke added that he did not 


"Ironsides=Brogan Kock Production Project on the John Day High- 
way, in Malheur County. Furnish approximately 7,500 cubic yards 
crushed rock in stock piles. The low bid received for this project 
was that of M. L. O'Neil & Son, Eugene, in the amount of $12,144.00. 
The second-low bid was that of A. S. Wallace, Roseburg, at $13,260.00. 
There were 3 higher bidders. The Commission has referred all bids 
received on this prcject to the Engineer with power to award the 
pena to the low bidder when certain conditions have been ful- 

ed. 


"Troutdale-Cneonta Section of the Columbia River Highway, in 
Multnomah County. 4.2 miles rock roadbed topping and 2.8 miles 
rock embankment slope protection. The bid of K. L. Goulter, Seattle, 
Yashington, in the amount of $67,935.00, was the low one received 
for this work. That of Berke Bros., Portland, in the amount of 
$72,938.00, was the second-low bid received on this project. There 
were 1] higher bidders. This contract is awarded to K. L. Goulter, 
the low bidder, at his bid of $67,935.00. 


“Construction of three culverts on the Lower Columbia River 
Highway, the Tualatin Valley Highway, and the Beaverton-Aurora High- 
way, respectively, in iiultnonah and Washington Counties. G. L. 
Potts, Portland, submitted the low bid for this work in the amount 
of $5,615.00. Lindstrom Bros., Portland, submitted the second-low 
bid in the amount of $5,779.00. There were 6 higher bidders. AL 
bids for this project have been referred by the Commission to the 
Engineer with power to award the contract to the low bidder when 
certain conditions have been fulfilled. 


"Installation of traffic signal system in the City of Klamath 
Falls, Klamath County. Three bids were received for this installa- 
tion. The bid of Trowbridge & Flynn Electric Company, Medford, was 
the low bid received, being in the amount of $17,324.00. Tinling & 
Powell, of Spokane, Washington, submitted the second-low bid in the 
sum of 219,482.00. The other bidder was Clifford A. Dunn, of Klamath 
Falls. The Commission rejects all the bids received for this work 
and has ordered the project readvertised." 


Mr. Henry S. Coleman, Portland, came before the Canmission in regard 
to the purchase of a small parcel of state-owned property situate between the 
old highway and the nev highway near the Abernethy Creek Bridge, in Oregon 
City, and particularly situate in Block 14. He said that he has it in mind 
to purchase the privately-owned property which lies between the state's prop- 
erty and Main Street but before doing so must know whether or not he can ob- 
tain the state property because he needs both parcels in his plan of develop- 
ment, which includes the construction of a service station business thereon 
with display rooms, et cetera, After considerable discussion hr, Coleman was 
informed that the Commission would sell to him the desired property provided 
he would relinquish any rights that he might have to access to the nev highway 
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"North Marshfield and Marshfield-Bunker Hill Sections. of the 
Oregon Coast Highway, in Coos County. 1.25 miles grading and pav- 
ing. Roy L. Houck, Salem, was the low bidder for this work, his 
bid being in the sum of $101,373.30. The Coos Bay Dredving Company 
of Warshfield submitted the next-low bid in the amount of $108,443.95. 
There were 2 higher bidders. The Commission has referred «ll bids 
received on this project to the Engineer with power to award the 
-_ee to the low bidder when certain conditions have been ful- 
illed. 


"Mud Hollow—Oak Creek Section of North Umpqua County iioad, in 
Douglas County. 1.24 miles gradfnz and 1.65 miles surfacing and 
oiling. A. Milne, Portland, submitted the low bid on this project 
in the amount of $27,774.00. Coos Bay Dredging Company, -iarshfield, 
submitted the next-low bid in the amount of $28,713.00. There were 
2 higher bidders. The Commission awards this contract to the low 
bidder, A- bfilne, at his bid of $27,774.00. 


"Blalock-Lang Canyon Section of the Columbia River Highway, in 
Gilliam County. 2.80 miles grading, surfacing, and bituminous mac- 
adam wearing surface; also widening of a concrete bridge. The lcw 
bid for this project was that of Koy L. Houck, Salem, in the amount 
of $118,530.00. The second-low bid was that of K. L. Goulter, Se- 
attle, Washington, in the amount of $127,699.00. There were 9 high- 
er bidders. This contract is awarded to the low bidder, Roy L. 
Houck, at his bid of $118,530.00. 


"Construction of maintenance patrolmen's headquarters on 
the John Day dighway, at Seneca, Grant County. The bid of Fife & 
Company, Nyssa, in the amount of $19,532.25, was the low one re- 
ceived for this work. Babler Bros., Portland, submitted the next~ 
low bid in the amount of $21,287.75. There were 2 higher bidders. 
This contract is awarded to the low bidder, Fife & Company, at its 
bid of $19,532.25. 


"Burns Section of the Central Oregon Highwav, in darney County. 
0.40 mile gradé widening and surfacing. Only 2 bids were received 
for this work, that of Chester T. Lackey, Ontario, being the low 
one, in the amount of $9,168.00. The other bid was that of A. idilne, 
Portland, in the amount of 410,433.00. The Commission awards the 
contract for this work to the low bidder, Chester T. Lackey, at his» 
bid of $9,168.00. 


Wasco County Line-iladras Rock Production Project on The Dalles- 
California Highway, in Jefferson County. Furnish approximately 8,400 
cubic yards crushed rock in stock piles. HU. L. O'Neil & Son submit- 
ted the low bid for tis project in the amount of $10,539.00. 

Rogers Construction Company, Dayton, ‘Washington, submitted the sec-- 
ond-low bid in the amount of $11,460.00. There were 7 higher bid- 
ders. The Commission awards this contract to M. L. O'Neil & Son, 
the low bidders, at their bid of $10,53°.00. 


1940 


throush the business district. The Engineer was instructed to prepare alter- 
nate plans for this improvement on such basis and report the same to the Com- 
mission at a future meeting together with an estimate of cost ee 


The Commission discussed the claim of lirs. E. J. Wright, Sams Val- 
ley, Oregon, in the amount of $15.00, covering the loss of ten turkeys which 
she alleges were trapped in road oil dumped by highway department forces in a 
borrow pit adjacent to the Sams Valley Secondary Highway near her home. The 
Engineer advised that this matter has been investigated and the allgzations 
made by Mrs. Wright found to be correct. However, he explained that the oil 
was dumped in the borrow pit a number of years ago when the Department was 
not as careful about covering up waste oil deposits, and that it could not 
happen again under present rules and regulations. He recommended payment of 
the claim. The Commission approved the recommendation. 


The advisability of adopting a policy with respect to the use of the 
Highway Department's scales in isolated districts for the weighing of private- 
ly owned trucks in determining the weight of such vehicles for use in obtain- 
ing licenses, was discussed by the Commission. The Engineer explained that, 
according to law, the license fee that must be paid for the registration of a 
truck is based upon the light weight of the vehicle, and it appears that in 
some isolated districts where no privately owned scales are immediately avail- 
able, trucks must be driven a considerable distance to be weighed if the 
state's scales cannot be used for this purpose. He cited an instance in Cur- 
ry County where it appears that the State Police refuse to weigh privately 
owned trucks on the state scales south of Bandon, and advised that when a 
truck is driven to a private scale the operator must pay the regular P.U.C. 
ton-mile tax for the trip, even though the truck is not loaded and the trip 
is entirely without profit to the owner. He requested instructions from the 
Commission as to the use of the state's scales in cases of this kind. A de- 
cision in the matter was deferred by the Commission pending consultation with 
Superintendent Charles P, Pray of the Department of State Police. The Engi- 
neer was instructed to discuss the matter with ur. Pray. 


The Engineer reported that, in conformance with authority previous- 
ly granted him by the Commission, he has awarded the following contracts, the 
conditions of the awardshaving been satisfied: 


Grading and bituminous macadam surfacing on the Troy Ranch Sec- 
tion of the Old Oregon Trail, in Baker County. Bids taken August 23, 
contraet..awarded September 10, 1940, to McNutt Bros., the low bidders. 


Furnishing crushed gravel in stock piles for the Gold Hill Rock 
Production Project on Sams Valley and Pacific Highways, in Jackson 
County. Bids taken August 22, contract awarded August 28, 194C, to 
R. I. Stuart & Sons, low bidders. 


The Commission confirmed the awards as reported. 


The matter of changing the hour of opening of bids from 9:00 a. M. 
to 10:00 a. me or 12:00 a. m. was discussed by the Commission. The Commission 
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at this point. The Enyineer pointed out a possible approach to the property 
via 15th Street, which would probably serve the purpose and would avoid the 
necessity of construction of a special approach across property that the High- 
way Commission plans to landscape. Ohairman Cabell explained the plan of the 
Commisaion for the landscaping project. Mr. Coleman asked for time to study 
the matter. The Commission approved and instructed the Engineer to prepare a 
map of the situation and have the outline staked on the yround for Mr. Cole- 
man's benefit. The action of the Commission in this matter was based upon the 
assumption that the owmer of the private property situate between the highway 
right of way and Main Street was of the opinion, when he sold the rest of his 
property to the state, that he would have access to the highway as well as to 
Main Street, which places the matter in a different category from the Woerndle 
matter previously discussed at this meeting, in view of the fact that ir. 
Woerndle's property was not disturbed and was not affected by the highway im- 
provement. 


Consideration was given by the Commission at this time to recommenda- 
tions made by the Advisory Board on Publicity Matters at the noon conference. 
After discussion the Commission approved the recommendations by majority vote, 
subject to confirmation by Canmissioner Oliver. 


The matter of renewing of contracts with the several hospital asso- 
ciations that serve state highway department employees had the attention of 
the Commission. In connection therewith the Assistant Attorney reported re- 
ceipt of a letter from the National Hospital Association wherein such associa- 
tion proposes to revise its agreement with the Commission covering the ensuing 
year so as to provide for the elimination of its obligation to furnish medi- 
cine, except in hospitalization cases, because of the losses that it has suf- 
fered in the past on this account. He advised that similar action is being 
taken by the other associations, and recommended renewal of the contracts for 
another year on such basis. The Commission approved the recawsendation. 


The Engineer requested instructions relative to the display of the 
American flag over highway department buildings. He advised that at the pres- 
ent time flags are flown only over the main shop buildings. He gave as his 
thought that they should also be displayed over the other buildings. The Com- 
mission concurred in the viewpoint of the Engineer and authorized him to make 
arrangements for the display of the flag over all highway department buildings, 
except the maintenance sheds. 

A letter was presented from the Edward Hines Lumber Company in which 
the Commission was requested to authorize one of the state's oiling crews 
to do certain patching work on the runways of the Edward Hines Lumber Company's 
mill at Burns, at the company's expense. The Commission denied the request 
as a matter of policy. 


Reconsideration was given by the Commission to the matter of recon- 
structing the Oregon Coast Highway through the tow of Gold Beach. It was 
the Commission's decision, in view of the fact that objections have been 
raised by the local people to the proposed change in the highway route through 
this town, that it would be inadvisable to improve the highway on permanent 
alignzent west of: the present highway at this time, but to limit the new con- 
struction to a minimum highway project that would not involve the rerouting 
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. The Engineer rendered a orief report on the cost to construct the 
Wilson River Highway tunnel under contract, as compared with construction as 


a W.P.A. project. The Commission deferred a decision in the matter until 
next year. 


A letter was presented froi G. kK. Van Vleet requesting permission 
to truck-haul logs on the state highway from Arch Cape, south. of Cannon Beach, 
to Youngs River, south of Astoria, The Engineer reported thet investigation 
has been made of the hizhway that itr. Van Vleet must use in this oneration 
and it appears that it would be possible, with care, to truck haul. logs 40 
feet overall in length over this route, which includes the section between 
Cannon Seach Junction and the toim of Cannon Leach, where the highway con- 
tains many sharp curves. He recommended the granting of a permit to Mr. Van 
Vleet with the understanding that his loads will not exeeed in length the 40- 
foot overall limit and that he will do no hauling whatsoever over the section 
between Cannon Seach and the Cannon Beach Junction durin: the period June 1 
to September 15 of any year, when beach traffic is heavy. After discussion 
the Commission approved the recommendation unanimously and so ordered. 


The Engineer reported the results of investigations to improve the 
parking area adjacent to the Oregon Coast Highway at the mouth of Devils Lake, 
in Lincoln County, which involves the construction of a sea wall. He estimat- 
ed the cost of a timber sea wall and parking area at $30,000 and a sea wall 

of concrete at $47,000. In view of the cost involved the Commission decided 
unanimously not to assume any responsibility in connection with this matter 
and thereupon denied the request of local citizens for this improvement. 


The Engineer reported on investigations for the proposed extension 
of the Odell Secondary State dighway, in Hood River County. He said that 
traffic counts taken over two main routes between Odell and the Hood River 
Secondary State Highway, one of which passes through a place known as Summit 
and the other joins the Hood River Secondary Highway at Tucker Bridge, reveal 
that the Odell-Tucker Bridge route carries more than twice as much traffic 4s 
the other. He recommended ado»tion of the Tucker Bridge route when the Com- 
mission is ready to extend this secondary state highway. The Commission ap- 
proved the report and indicated that it would place this road on the state 
seeondary highway system in the near future when all co missioners are present. 


The Commission discussed a proposed revision in the plans for the 
ultimate routing of the Pacific “ighway through Eugene, particularly the 
suggestion for two-way traffic along High Street between vast 3sroadway and 
Sixth Avenue, along which section the original plan provided for one-way 
traffic. The Engineer advised that the proposed change has been investigated 
and it is estimated that the right of way for the same will cost approximate 
ly $75,000, whereas the estimatei cost of construction is about $30,000. He 
recommended against the change. The Canmission approved the recommendation 
unanimously and decided not to .:1ke. any change unless that is considered ad- 
visable after the one-way traffic 1irrangement has been given a trial. 


The Engineer reported the cost te reconstruct the Crater Lake High= 
way through the town of Fort Kliumath, as has been requested by the Civie 
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decided te make no change in the present practice of opening bids at 9:00 a.m. 
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The Engineer requested authority to purchase the following equipment: 


1 electric lighting plant for Meacham maintenance headqua>- 
ters. Estimated cost $800.00. 


1 jackhammer and auger, with necessary bits, for use in tun- 
nel construction. Estimated cost $240.00- 


1 electric bench grinder. Estimated cost $100.00. 
1 electric drill for sign crew. Estimated cost $45.00. 


2 automobiles of Buick type for Construction Engineer H. G. 
Smith and Division Engineer K. D. Lytle, replacing worn- 
out cars. Estimated total cost, with trade-in allowance, 
$1, 600.00. 


Also, radio equipment as follows: 


1 50-watt radio transmitter for the Odell Lake maintenance 
headquarters. Estimated cost $500.00. 


14 new receiving sets, 14 vld-type station receiving sets to 
be traded in Estimated total cost $1,820.00. 


1 Hickok ijodel No. 155 Traceaneter, for measuring defects in 
receiving sets. Estimated cost $125.00. 


1 R.C.A. model 312A portable field strength meter for measur- 
ing and comparing efficiency of transmitters, locations, ana 
antennas. Estimated cost $200.00. 


The Commission authorized the purchase of ali of such equipment and ordered 
that the purchases be made through the offices of the State Purchasing Agent 


in accordance with the usual practice. 


In this connection the Engineer reported serious damage to two of 
the Highway Department's trucks engaged in work on the Wolf Creek Highway. 
One of them, he said, was tipped over a bank, completely wrecking the cab and 
the instrument board; and the other was damaged by fire which burned the en- 
tire cab and the instrument board. He estimated that it would cost about 
$1,800 to rehabilitate the first of these trucks and about $1,500 to rehabil- 
jtate the second one, and that it would require about 90 days to put them back 
in workable condition. He suggested that it would be advisable to trade in 
ene of these trucks as part purchase price on a new one and that an attempt 
be made to collect from the Board of Control, under the provisions of the Res- 
toration Act, the value of the one that was burned. The Commission approved 


the suggestion and so ordered. 


advised that the Traffic Encineer, lir. John Beakey, has been in consultation 
with the city officials relative to the installation of the traffic signals 
and it now appears that they have chanzed their attitude with respect thereto. 
He further advised that the matter of constructing the fill and footpath has 
been investigated by Division Engineer, F. D. Eason, who estimates that such 
improvement would cost about $1,500.00. He requested instructions. The Com 
mission deferred a decision in this matter pending study of the Engineer's 
report on a state-wide footpath or sidewalk construction program. The Engi- 
neer was instructed to render such report at the next meeting, when the Com- 
mission will consider the selection of a few of such projects for construc~ 
tion in 1943. 


A petition was presented fram residents of Creswell, Oregon, and 
vicinity, requesting the oiling of the Springfield—Creswell Secondary State 
nighway from the Coast Fork Bridge to the Cloverdale Sridge, east of Cregwell. 
The Engineer advised that investigation indicates that such improvement will 
cost about $32,000.00. In view of the expense involved and the shortage of 
funds available, the Commission decided that it could not undertake this im- 
provement now, and thereupon denied the request. 


A request was presented from the Warner Timber Company for the in- 
provement of a 5-mile section of the Siletz Secondary Highway, in Lincoln 
County, from Kernville southerly toward the town of Siletz, so as to provide 
road facilities over which to truck-haul logs fram this district. The Com 
mission decided to consider this project in the formulation of its next con— 
struction program and instructed the Engineer to bring it to the Canmission's 
attention at that time. 


A letter was presented from South Tillamook County Chamber of Com— 
merce, Cloverdale, Oregon, requesting the improvement of the 14-mile section 
of the Little Nestueeca Secondary Highway from its junction with the Heda Loop 
County Road to its junction with the Oregon Coast Highway. The Engineer ad- 
vised that this road carries a large volume of traffic consisting mostly of 
logging trucks, and that the present read is not in condition to withstand 
such traffic. The Commission decided to give this road consideration in the 
formulation of future highway construction programs. 


The Engineer requested authority to enter into a contract agreement 
with the Burroughs Addin -lachine Company witn respect to the servicing of a 
special type of bookkeeping machine that is in use at the State nighway De- 
partment's Shops in Salem. He advised that the annual rate of furnishing 
such service is $45.80. The Commission approved the request and authorized 
the Engineer to sign the contract in behalf of the Commission. 


A letter was presented from the Waterford Lumber Company, Marsh- 
field, requesting reimbursement in the amount of $283.92 for cash expended 
in connection with the maintenance of the 5—mile section of the Coos River 
Secondary Highway north of Allegany, which section was added to this highway 
some time ago pursuant to agreement with Coos County when the county deeded 
to the state certain property now known as Golden Falls State Park. The Com 
pany alleges that when this property was conveyed to the state the state ~ 
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Improvement Club of that place. He said that drainage conditions in Fort 
Klamath have been bad for a number of vears and many complaints and requests 
for improved conditions have been received from local people. He estimated 
that to entirely remedy the condition would cost about $10,000.00, which 
would include raising and widening the present oiled surface and installing 
suitable drainage facilities. Temporary relief from the condition, he said, 
would be obtained by the installation of three culverts, which would cost 
about $400.00. He recommended that he be authorized to proceed with the con- 
struction of the culverts. The Commission ap»roved the recanmendation. 


The Commission discussed briefly a report from the Engineer on in- 
vestications that have been made of the ocean beach areas in Lincoln County, 
between Valdport and Roads End, for the establishment by the Commission of a 
policy with respect to the removal of sand and gravel from such areas. The 
Commission deferred a decision in the matter until a later meeting when all 
commissioners are present. The Secretary was instructed in the meantime to 
send a copy of the report to each commissioner for his advance information. 


A request was presented from the office of Governor Charles A. 
Sprague for the installation of a traffic signal on the Oregon Coast Highway 
at its intersection with the road leading to Camp Clatsop, in Clatsop County, 
as a safeguard for highway traffic durin, the time that troops are concen- 
trated at this camp. The Engineer recommended the installation of a flashing 
beacon at this point, which he estimated would cost about $130.00. The Com— 
mission approved the recommendation. 


The Engineer also recommended the installation of a fixed time sig- 
nal at the intersection of First and Ellsworth Streets in the city of Albany, 
provided the city will pay one-half the cost of the equipment and installa- 
tion and the entire cost of operating the same, He estimated the cost of the 
installation at $1,400.00. He explained that this intersection is at the 
Albany end of the Willamette Kiver Bridge and is near the center of the Albany 
business district where there is very heavy traffic congestion, hence, in the 
opinion of the Traffic Engineer, the signal is really needed. He also ad- 
vised that the proposed installation has been approved by the city authorities 
and that the city has tentatively budgeted sufficient funds to pay its share 
of the cost. after discussion the Commission approved, by unanimous vote, the 
installation of this signal as recommended by the Engineer and ordered that 
the matter be covered by appropriate agreement between the city and the state. 


A letter was presented from the Lake of the Woods Summer Home Asso-— 
ciation, Klamath Falls, urging the Commission to complete, at an early date, 
construction of the highway extending from Eagle Point, in Jackson County, 
through the Lake of tne Woods district, to Klamath Falls. The Canmission de- 
ferred action on this matter pending its inspection of the road. 


The Commission discussed a request from the City of Amity for a 
traffic-controlled school crossing and an overhead flashing beacon installa- 
tion at the intersection of the Pacific Highway lest with the secondary state 
highway in Amity, and for fill widening and footpath construction along the 
Pacific “ishway West in the northerly part of their town. The Engineer 
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Deschutes Oiling ?roject within the specified time limit. The Engineer ad- 
vised that the penalty amounts to °,215.80 and represents extra engineering 
expense incurred by the state on this job between August 1 and August 19, 
1939, after the expiration of the completion date, July 31, 1939, specified 
in the contract. He further advised that he has investi:zated this com- 
plaint and is satisfied that the contractor did everything possible to com- 
plete the job on time and does not deserve the penalty, although the Public 
hoads Administration, which is concerned because federal funds are being used 
to assist in financing the work, insists that the penalty be imposed. Other- 
wise, the state will have to assume the expense without any possibility of 
securing reimbursement from the Government. After discussion the Commission 
decided to reduce the penalty 50 per cent and to take its chances on secur- 
ing reimbursement from the Government. 


The matter of granting to the Standard Stations, Inc., an extension 
of time for the removal of its buildings from the right of way of the Pacific 
Highway Wiest at the Denver and Union Avenue intersection in Portland, had the 
attention of the Commission. The Engineer pointed out that no decision has 
yet been reached as to whether the proposed highway revision at this point 
will be in the form of channelization of traffic or grade traffic separation, 
so the company is at a loss to know just how to reestablish its buildings 
and hesitates to do anything about the matter until a definite plan for the 
highway improvement has been adopted. lle gave as his thought that a final 
decision Will be reached by the Commission within the next six months and rec-— 
ommended, in view thereof, that the Standard Stations, Inc., be granted an ex- 
tension of time of six months, or until March 29, 1941, in which to move its 
buildings. The Commission approved the recommendation and so ofdered. 


The Commission discussed, but deferred action on, the matter of al- 
lowing so-called "soap-box Derby" contests to be conducted along 82nd Street, 
in Portland, the route of the Cascade Secondary Highway. 


A letter was presented fron ir. Walter E. Koch, Brightwood, Oregon, 
requesting the privilege of trucking logs over the new highway in Oregon City 
from 14th Street to liain Street, enroute to the paper mills at this place, 
because he has been prohibited by the city from hauling logs along Main 
Street between these points. It was the thought of the Commission that the 
truck-hauling of logs over either of these routes is very objectionable from 
the public safety standpoint and that an undesirable hazard would be intro- 
duced to highway traffic if logging trucks were allowed to enter the new high- 
way at 14th Street. However, the Commission recognized the necessity of de- 
livering the logs to the mill. The suggestion was made that the hazard cre- 
ated by trucks entering the highway at 14th Street could be avoided by the 
installation of a traffic signal at such intersection. After discussion the 
Commission approved the suggestion and instructed the Engineer to install the 
signal 2s soon as possible. The Secretary was instructed to inform ur. Koch 
of the action taken and to advise him that the Commission would authorize him 
to haul logs over this highway between 14th Street and Main Street after the 
traffic light has been installed; but in the meantime he must endeavor to 
make arrangements for the use of iain Street. 


agreed, in writing, to spend approximately $10,000.00 for the improvement of 
this $-mile section but has not fulfilled its cbligation. The Engineer ad- 
vised that the company's statement is erroneous because the records disclose 
that the Highway Department spent $10,054.84 on this section during the win- 
ter of 1936-37, and additional sums for maintenance during subsequent vears. 
He recaumended, in view thereof, that the Commission refuse to pay this clain. 
The Commission considered that its obligation in this matter has been ful- 
filled and instructed the Secretary to so inform the company. 


The Commission discussed a netition signed by 94 employees of the 
State Highway Department residing in Coos and Curry Counties, requesting a 
lo¢ increase in wages per hour because of the excessive costs of living in 
that part of the state, The Engineer advised that according to a survey con— 
ducted by the National Youth Association some time ago there are six locali- 
ties in the state where living costs are higher than they are at sarshfield; 
further, that it would be practically impossible to adjust wages throughout 
the state on the basis of living costs, If any increase in wages is allowed 
at all, he said, it should be state-wide in character and not for the benefit 
of any particular locality. However, he recommended against such increase at 
this time. After due consideration of the matter the Conmission approved the 
recommendation and instructed the Secretary to inform the petitioners that 
their request had been denied by the Commission because investigation of liv- 
ing conditions throughout the state indicates that those in Coos and Curry 
Counties compare favorably with those in other parts of the state. 


A request was presented from the Corvallis Park Board for assistance 
from the State Highway Department in the design of a bridge to span warys Riv- 
er, which will provide a connection along 15th Street in Corvallis with the 
city park, known as Avery Park. The Engineer explained that the Board is 
simply asking the Highway Department to design this structure, which he esti- 
mated would cost about $75.00. He recommended approval of the request. The 
Commission approved the recommendation if an expenditure of state funds for 
the purpose is legal. 


The Commission authorized the Secretary to sign permits in favor of 
the Avondale Construction Company and Drake, ‘iyman & Voss, authorizing each 
ef these contracting firms to occupy narrow strips along the north side of 
Court Street, between Liberty Street and Commercial Street, in Salem, during 
une reconstruction of certain business buildings at this location, such areas 
being required by these contractors upon which to maintain a sidewalk for the 
use of pedestrians durin: tne time that construction work is under way. In 
this connection the Engineer zave as his thought that the Commission should 
adopt a policy to be followed hereafter when cases such as the two now being 
considered arise, and suggested that blanket authority be granted to issue 
permits for the occupation of space that is used in the parking of automo- 
biles parallel with the curb. The Commission approved the suggestion and so 
ordered. 


The Commission discussed a complaint from ‘arren-Northwest, Inc., 
protesting the assessment of the engineering penalty imposed upon them for 
failure tc complete their contract No. 2180 covering the construction of the 


- Necanicun ijaintenance iieadquarters, Necanicum High- 
way, Clatsop County. 1st authorization — $150.00 


Sunset Camp-Nehalem Section, olf Creek Highway, 
Clatsop County. 3rd authorization - $500.00 
Total to date $1,600.00 


Valner Creek Section, Wolf Creek Highway, Clatsop 
County. lst authorization - $300.00 


Plans Truck Scales Site, Nehalem !lighwav, Clatsop County. 
lst authorization - $100.00 


Location Cannon Beach Junction-Hug Point Section, Oregon Coast 
Hwy., Clatsop Co. lst authorization - $8,150.00 


Plans - - astoria-Svenson Yection, Columbia River ilighway, 
Clatsop County. lst authorization - $97.00 


Plans - Colunbia City-St. Helens Section, Columbia River Hwy, 
Columbia County. lst authorization -— $500.00 


Reconn.- 77-1413 - Sisters-Redaond-Prineville Section, McKenzie & Ochoco 
Hi hways, Crook Co. 1st authorization - $1,950.00 


Reconn.- - - - 81414 — Gold Beach-Brookings Section, Oregon Coast Highway, 
Curry County. lst authorization -— $4,810.00 


Right of ‘lay 9-1434 — Redmond—Bend Section, The Dalles-California Hwy, 
Deschutes Gounty. lst authorization — “500.00 


Tests 109-1435 - Lava Fa¥ls-East Forest 3oundary Section. Century 
Drive Hwy., Deschutes Co. 
ist authorization - $200.00 
Plans 109-1436 - Lava Falls-iast Forest Boundary Section, Century 
Drive lIlwy., Deschutes Co. 
lst authorization = $480.00 
Tests 9-1437 -— ifillican-brothers Section, Central Oregon Highway, 
Deschutes County. lst authorization - $350.00 


Kight of 7 9-1438 - Sisters Scale Site, ilcKenzie dighway, Deschutes 
County. lst authorization — $75.00 


Location 10-1428 - Glendale Junction — ‘iolf Creek Section, Pacific High- 
way, Douglas County. lst authorization -— $8,500.00 


Plans 11-1411 - Mainter.ance Headquarters at Condon, John Day Highway, 
Gilliam County. lst authorization - $50.00 


Plans 114-1416 - Dee-Parkdale Section, ood River Highway, ood River 
County. lst authorization ~ $4,200.00 
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A letter was presented from Ralph E, Ray, Coburg, Oregon, requesting 
the reinstatement of his permit allowing him to transport logs over the Pacif- 
ic Highway south of Springfield, Lane County, which permit was canceled because 
of ir. Ray's failure to remove from the state highway right of way sone logs 
dropped from his truck. The Secretary advised that Mr. Ray has now removed 
the logs, so has complied with the ruling of the Commission in that respect; 
further, that iir. Ray's truck has been out of service for 26 days. The Com— 
mission considered that Mr. Ray has been punished sufficiently for this first 
offense and thereupon authorized reinstatement of the permit. 


The matter of continuing the W.P.A. landscaping project on the Can- 
yon Road, in Portland, was considered by the Commission. The Commission ap- 
proved the project, providing for a total expenditure of $28,467.00, of which 
amount {21,037.00 represents the contribution to be made by the W.P.A. for 
labor and miscellaneous supplies, and authorized the Engineer to sign the nec- 
essary papers. 


The Commission approved the granting of a permit to the Arrow Trans- 
portation Company to move one combination tank truck and trailer, 60 feet 
overall in length, over state hizhways enroute from the State of Washington 
to the State of California and return, provided the company will furnish in- 
surance coverage in the custanary amounts. 


A request from the Arrow Transportation Company, Portlamd, for re- 
newal of the permit granted by the Caumission last winter authorizing an over- 
load of 700 pounds on each of its trucks, being the weight of certain equip- 
ment that is used in the sanding of pavements when slippery, was discussed and 
referred to the Engineer for investization and recommendation. 


The Engineer presented a list of surveys that he has ordered since 
the last meeting of the Comnission and asked the Commission to confirm them 
and the amounts allocated for each. After due consideration the Commission 
authorized and instructed the Engineer to make such location surveys on var- 
tous sections of the highways of this state, which said sections of highways, 
together with their identifying location survey numbers and the amounts au- 
thorized and allocated for such survey expenditures are as follows: 


Plans ----— 21422 - Blodgett Section, Newport-Corvallis Highway, Benton 
County lst authorization - $600.00 
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103-1427 - Marion County Line-Kaylor Corner Section, Cascade 
Highway, Clackamas Co. 
lst authorization — $105.00 


Plans - -— - - 103-1424 - Clackamas Grade Separation, Cascade Highway, Clack- 
amas County. 2nd authorization - $500.00 
Total to date {1,500.0C 

Bench wark - - 4-1437 - Warrenton-Hebo Section, Oregon Coast Highway, Clat- 
sop County. lst authorization - $125.00 

Plans ---- 4-1436 - Hug Point-vanzanita Junction Section, Oregon Coast 


Highway, Clatsop Co. lst authorization - $460.00 
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conpletion s»ecified was September 30, 1939. He further advised 
that in his estimation there is no valid reason why the contract 
should not have been completed within the time limit specified. 
He recommended, in view thereof, that the extension of time now 
requested be granted but that Mr. Gerber be charzed with all ene 
gineering supervision expense incurred by the state subsequent 
to the date of canpletion specified in the contract except that 
incurred during the period October 13, 1939, to May 31, 1940, 
when, because of adverse weather conditions, the work was shut 
down on orders from the State Highway Department. A letter was 
presented from the Public Roads Administration concurring there- 
in. The Commission approved the recommendation unanimously. 


Porter W. Yett, Contract No. 2220, for grading and paving the 
Warren-Scappoose Section of the Columbia River Highway, in Columbia 
County, requested an extension of time of 30 days, from August 31 
to September 30, 1940, within which to complete this project. ir. 
Yett stated that the paving work, including the shoulder construc- 
tion, was finished on august 24 and that the road was completely 
open for traffic on that date. However, the Engineer subsequently 
ordered additional paving on the North Seappoose Bridge, which op- 
eration required until September 6 to complete, and that the only 
other work remaining is the burning of some brush, which will be ac- 
complished as soon as he can obtain a fire permit. The Engineer ad- 
vised that this contract was awarded on September 28, 1939, and the 
date of completion specified was August 31, 1940. The grading and 
paving work, he said, was completed on August 24, prior to the spec- 
ified date of completion, and the road has been open to traffic 
throughout since that time. All of the work on the job, he said, 
was completed on September 17, 1940, the overrun in time limit being 
required to install sight posts and mail boxes, place additional 
pavement material on the North Scappoose Bridge, and clean up brush 
and ditches, which clean-up work could not be done until a fire per- 
mit had been obtained. He asserted that he knew of no valid reason 
why the contract should not have been completed within the speci- 
fied period and accordingly recommended that the extension of time 
requested be granted subject to the condition that the contractor 
reimburse the state for engineering supervision expense incurred by 
the state subsequent to the specified date of completion. A letter 
was presented from the rublic Koads Administration concurring there- 
in. The Commission approved the recommendation unanimously. 


Gus Reichow, Contract No. 2238, for rock production on the 
Waldport Section of the Oregon Coast and Alsea Highways, in Lincoln 
County, requested an extension of time fran May 31, 1940 to June 8, 
1940, within which to canplete this contract. He gave no reason 
for failure to complete the work within the specified time limit. 
The Engineer advised that this contract was awarded on November 2, 
1939, and that iay 31, 1940, was specified as the date of completion 
of the project. He pointed out that the extension of tine reque st- 
ed amounts to only 8 days and recommended, in view of the fact that 
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\Qanath Agency-iiodoc Point Section, The Dalles—Cal- 
ifornia Hwy., Klamath Co. 

lst authorization - $3800.00 
Klamath Falls and vicinity, Klamath County. 

lst authorization — $450.00 


Klamath Falls Vicinity, Various Highways, Klamath 
County. lst authorization - $600.00 


ilodoc Point-Barclay Springs Section, The Dalles-— 
California Hwy., Klamath Co. 
lst authorization - $3,200.00 


Yachats-Lane County Line Section, Oregon Coast Hwy., 
Lincoln County. lst authorization - %50.00 


Scott Cree-Benton County Line Section, Alsea High- 
way, Lincoln County. Ist authorization - $5,650.00 


Union Avenue, Portland; Pacific Highway, :iultnomah 
County. lst authorization ~ $150.00 


East End Steel Bridge, Portland; Pacific Highway 
“est, ilultnomah Co. 2nd authorization - $2,000.00 
Total to date $4,000.00 


Cricket Flat-::inam Section, J/allowa Lake Highway, 
Union County. 3rd authorization — $1,500.00 
Total to date $6,500.00 


Big Eddy-—Dune Section, Columbia River Highway, ‘Jasco 
County. lst authorization — $1,950.00 


Service Creek—iitchell Section, Service Creek-Mitchell 
Highway, “heeler Co. lst authorization — $100.00 


35-1414 - Mitchell-Grant County Line Section, Ochoco Highway, 


“Wheeler County. lst authorization — $100.00 


The Commission considered the following requests for extensions of 
time within which to complete higiway construction projects: 


u. C. Gerber, Contract iio. 2155, for bituminous macadan surfac- 
ing on the lecanicum-Nehalem River Section of the Wolf Creek high-— 

way, in Clatsop County, requested an extension of time from Septem- 
ber 30, 1939, to July 14, 1940, within which to complete this proj- 
He gave no reason for failure to complete the work within the 


The Engineer advised that this contract was 


awarded to .ir. Gerber on January 26, 1939, and that the date of 
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control. He recommended, in view of the circumstances, that the ex- 
tension of time requested be ranted without penalty. A letter was 
presented from the Public Roads Administration concurring therein. 
The Commission approved the recommendation. 


R. 0. Dail & Warren Bros., Inc., Contract No. 2282, for surfac- 
ing and oiling the Warn Springs Agency-Vanora Section of the Warm 
Springs Secondary ilighway, in Jefferson County, requested an addi- 
tional extension of time of 30 days, from August 30 to September 
30, 1940, within which to conplete this project. They attributed 
their failure to complete the project within the specified tine 
limit to the fact that it took a little longer to conplete their 
contract, No. 2277 (surfacing and oiling the Miles Bridge—Baker 
and Baker-Salisbury Sections of the Medical Springs Secondary and 
Baker-Unity Highways, in Baker County), than was anticipated, and 
that they lost an siditional 4 days of tine in doing a small oiling 
job for Mr. Guy Norris at Joseph, Oregon, all of which work the Di- 
vision Engineer in that district desired completed as soon as poss 
sible. The Engineer advised that the reasons given by the contrac- 
tor for failure to complete the project within the specified time 
linit are correct and that it was with his approval that the con- 
tractor completed the Baker County work before finishing the Warm 
Springs Highway project. He pointed out that the Commission, at 
its meeting on August 22, 1940, extended the time limit on the proj- 
ect from July 31, the specified date of completion, to August 30, 
1940, subject to the condition that the contractor reimburse the 
state for engineering expense incurred subsequent to the specified 
date of completion. However, at that time the real reason for the 
delay was unknown inasmuch as the work upon which the contractor was 
employed was located in two different divisions. He recommended, in 
view of the circumstances, that the penalty previously imposed be 
canceled and that the extension of time from July 31 to September 
30, 1940, be granted without penalty. The Commission approved the 
recommendation. 


J. C. Compton, Contract No. 2286, for oiling the Service Creek- 
Branson Creek Section of the John Day Highway, in Grant and wheeler 
Counties, requested an extension of time of 3 days, from July 31 to 
August 3, 1940, within which to complete this job. He gave no rea- 
son for failure to complete the project within the specified time 
limit. The Engineer advised that the 3-day overrun of time limit 
was occasioned by the fact that he ordered the contractor to place 
the binder course on the Union-Catherine Creek project, in Baker 
County, where the roadbed was raveling badly, before doing the oil- 
ing work on the Service Cree)~Branson Creek project. He regommend- 
ed, in view of the circumstances and for the further reason that 
the traveling public has not been inconvenienced by the delay, that 
the extension of time now requested be :ranted without penalty. The 
Commission approved the recommendation. 


Norris Bros., Contract No. 2287, for surfacing and oiling the 
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failure of the contractor to complete the contract within the speci- 
fied time limit did not inconvenience or discommode traffic and did. 
not materially increase the state's expense for engineering supervi- 
sion, that the extension of time requested be granted without penal- 
ty. The Commission approved the recommendation unanimously. 


R. I. Stuart & Sons, Contract No. 2254, for grading and paving 
the Reedsport (12th Street to 15th Street) Section of the Umpqua 
Highway, in Douglas County, requested an extension of time of 3 days, 
from July 31 to August 3, 1940, within which to complete this proj- 
ect. They alleged that the job was actually completed within the 
specified time period but they could not perform the necessary clean- 
up until the pavement had properly cured, which necessitated an over- 
run of time of 3 days. The Engineer advised that the principal rea- 
son for failure of the contractor to complete the project within 
the specified time was the difficulty in securing prompt shipments 
of cement. He recommended, in view thereof, that the extension of 
time requested be granted without penalty. A letter was presented 
from the Public Roads Administration concurring therein. The Com- 
mission approved the recommendation. 


Tidepoint Company, Contract No. 2264, for surfacing and oiling 
the Summit-Mist Section of the Mist-Clatskanie Secondary Highway, 
in Columbia County, reauested an extension of time of 30 days, from 
August 31 to September 30, 1940, within which to complete this proj- 
ect. They attributed their failure to complete the project within 
the specified time limit to adverse weather conditions which inter- 
fered with the oiling operations. The Engineer advised that this 
contract was awarded on January 11, 1940, but work was not started 
until a considerable period of time had elapsed after the award, 
which is the principal reason tiat the contract was not completed 
within the specified time. He recommended, in view of the circun- 
stances, that the extension of time requested be granted but that 
the contractor be charred with the expense incurred by the state for 
engineering supervision subsequent to the specified date of comple- 
tion. A letter was presented from the Public Roads Administra- 
tion concurring therein. The Coumission approved the recommendation. 


Barham Bros., Contract No. 2269, for construction of a partial 
viaduct on the Water Street route of the Pacific Highway East, in 
Oregon City, Clackamas County, requested an extension of tine of 35 
days, frou August 31 to October 5, 1940, within which to complete 
this project. They attributed their failure to complete the job 
within the specified time linit to the fact that they were not per- 
mitted to commence work until March 13, 1940, and that there were 
several chanzes made in the retaining wall and sidewalks which 
caused additional delay. The Engineer advised that the contract 
was awarded on January 12, 1940, but that the contractor was not al- 
lowed to camience work until ilarch 13, 1940, because of the failure 
of the house-noving contractor to remove several buildings which oc- 
cupied the site, over which work Barham Bros. had absolutely no 


further, that no uncertainty should have resulted as to the time of 
the oiling if the grading and surfacing work had been completed on 
tine. It was his thought that the real reason for the failure of 
the contractorsto complete the project within the specified time 
was negligence on their part in failing to commence the work at an 
earlier date. He recanmended, in view thereof, that the extension 
of time requested be szranted but that the contractors be required to 
reimburse the state for extra engineering expense incurred subse- 
quent to the specified date of completion. A letter was presented 
from the Public Roads Administration concurring therein. The Com 
mission approved tiie recommendation unanimously. 


Jacobsen-Jensen Company, Contract No. 2303, for grading and 
paving the Astoria (Taylor Avenue-Astor Street) Section of the Ore- 
gon Coast Hizhway, in Clatsop County, requested an extension of 
time of 35 days, from August 31 to October 5, 1940, within which to 
complete this oroject. ‘They attributed their failure to complete 
the project within the specified time limit to labor problems and 
to difficulties in handling materials, The Engineer advised that 
the difficulties encountered by the contractors, necessitating an 
extension of tine, in his estimation could have been overcome if 
handled properly, Furthermore, the contractorscould have avoided 
the overrun in the tine limit had they started the work sooner, the 
records showing that the contract was awarded on May 2 but that 
work was not started until May 19. He recommended that an exten- 
sion of time of 30 days, from August 31 to September 30, be grant-— 
ed subject to the condition that the contractorsreimburse the state 
for extra engineering expense incurred subsequent to the specified 
date of completion. A letter was presented from the Public Roads 
Administration concurring therein. The Commission approved the 
recommendation, 


E. L. Rigdon, Contract No. 2305, for grading, surfacing, and 
oiling the Horse Ranch Section of the Fremont Highway, in Lake 
County, requested an extension of time of 15 days, fron August 31 
to September 15, 1940, within wiich to complete this job. He at- 
tributed his failure to complete the project within the specified 
time limit to trouble in securing an oiling crew. The Engineer ad- 
vised that the reason given by Mr. Rigdon for failure to complete 
the project within the spyecificd time limit is correct, that the 
oiling work was to have been done by contractor J. C. Compton, who 
had several other oiling jobs in this vicinity and who was oblized 
to complete them before starting on lir. Rigdon's project. The de- 
lay, he said, has not inconvenienced the traveling public and has 
not caused the state any appreciable extra cost for engineering su- 
pervision. He recommended tnat the extension of time requested be 
granted without penalty; however, pointed out that the Public Roads 
Administration does not concur therein because it does not feel that 
there is justification for not invoking the penalty clause, A iet- 
ter was presented from the Public Hoads Administration approving the 
extension of time subject to the payment by the contractor of the 
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Lick Creek-Salt Creek Section of the Little Butte Secondary Highway, 
in Jackson County, requested an extension of time of 45 days, from 
July 31 to September 14, 1940, witinin which to complete this job. 
They attributed their failure to complete the project within the 
specified time limit to difficulty encountered by Rogers Construc- 
tion Company, subcontractors, in working their gravel pit in connec- 
tion with the Butte Falls Project, State Highway Contract No. 2223, 
and to bad weather conditions dur April and May which prohibited 
the moving of heavy crushing equipment to the job. The Engineer ad- 
vised that this contract was awarded on February 16, 1940, and pro- 
vided +hat the work should be done by July 31, 1940. However, the 
contractors did not start operations until July 8, 1940, the reason 
being thet they contracted to do more work than they could handle 
expediticusly. He said that he knows of no reason why the contract 
should not have been conpleted within the specified time limit and 
recommended the granting of the extension of time now requested sub- 
ject to the condition that the contractor reimburse the state for 
engineering expense incurred subsequent to the specified date of com- 
pletion. A letter was presented from the Public Roads Administra- 
tion concurring therein. The Commission approved the recomnendation. 


J.C. Compton, Contract No. 2289, for oiling the Union-Catherine 
Creek Section of the Medical Springs Secondary Highway, in Union 
County, requested an extension of time of 30 days, from July 15 to 
August 15, 1940, within which to complete this project. He gave no 
reason for failure to complete the project within the specified time 
limit. The Engineer advised that the failure of the contractor to 
complete this project within the specified time was due to the fact 
that he had several other oiling jobs under way which had to be com- 
pleted before he could move nis equipment onto this job. The trav- 
eling public, he said, has been caused some inconvenience, as it 
was necessary to travel . gravel road a month longer than if the 
project had been oiled within the svecified time; also, the state 
has incurred a small amount of extra expense for engineering super- 
vision on account of the delay. He recommended, in view of the cir- 
cumstances, that the extension of tine requested be granted but that 
the contractor be charged with the engineering costs incurred by the 
state subsequent to the snecified date of completion. The Commis- 
sion approved the recommendation. 


Norris Bros., Contract No. 2299, for grading, surfacing, and 
oiling the Castor Ranch-Joseph Section of the Hurricane Creek County 
Road, in Wallowa County, requested an extension of time of 7 days, 
from August 31 to September 7, 1940, within which to complete this 
project. The» attributed their failure to complete the project 
within the specified time limit to the nature of the nateriai pit, 
which proved to be much more difficult to work than was anticipated, 
and uncertainty as to when the oiling work could be performed. The 
engineer advised that in his opinion the naterial pit, while diffi-~ 
cult to handle, was no more so than should have been anticipated in- 
asmuch as test holes were excavated to s)iow the nature of the pit; 
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date of completion. A letter was presented from the Public Roads 
Administration concurring therein. The Commission approved the rec- 
ommendation unanimously. 


Contracting & Seles Company, Inc., Contract No. 2336, for re- 
placement of wire rope on the Interstate Bridge over the Columbia 
River between Portland and Vancouver, Washington, requested an ex- 
tension of time of 45 days within which to complete this project. 
They attributed their failure to complete the project within the 
specified time limit to reasons beyond their control, particularly 
delay in receiving a shipment of cables from factories in the East, 
such delay being caused by the urgency to fill the Government's or- 
ders in connection with its preparedness program. The Engineer 
pointed out that the contract calls for the furnishing and replace- 
ment of some special cables which had to be ordered from the East, 
and there was delay in receiving this material, due, as alleged by 
the contractor, to large orders placed by the Federal Government 
for war materials. It was his thought that the replacement of the 
cables would be entirely complete by October 15, which is the date 
to which the contractor desires an extension of time, and he rec- 
ommended the granting of an extension of time to that date without 
penalty. The Commission approved the recommendation unanimously. 


Jacobsen-Jensen Canpany, Contract No. 2338, for gradin., and 
paving the Warrenton (liassachusetts Avenue-sarket Street) Section 
of the Fort Stevens County Koad, in Clatsop County, requested an 
extension of time of 35 days, from August 31 to October 5, within 
hich to complete this project. They attributed their failure to 
complete the project within the specified time limit to delay in 
the award of the contract, right of way difficulties, and difficul- 
ties encountered in holding certain equipment in waiting until they 
were allowed to proceed with construction. The Engineer advised 
that the Commission took bids on this project on June 13 but that 
the contract was not awarded until July 12, 1940, because of right 
of way settlements. The contractor started operations, he said, 
on July 22, 1940. He recommended that the extension of time re- 
quested be granted but that the contractor be required to reimburse 
the state for extra engineering expense incurred during the last 16 
days of such extension, the first 19 days of the extension to be 
granted without penalty. A letter was presented from the Public 
Roads Administration concurring therein. The Couwnission approved 
the recommendation unanimously. 


The Engineer reported that Contracts Nos, 2155. 2207, 2209, 2219, 
2220, 2234, 2236, 2239, 2246, 2251, 2264, 2268, 2269, 2280, 2282, 2285, 2286. 
2289, 2291, 2298, 2299, 2303, 2305, 2316, 2322, 2329, 2330, 2331, and 2332, 
for the construction of state hiyhway projects, have been canpleted according 
to the requirements of the contracts or modifications thereof, and tirt said 
jovs are now ready for acceptance. The following resolution acceytin, the 


engineering costs incurred subsequent to the completion date speci- 
fied in the contract. After discussion the Commission voted unani- 
mously to approve the extension of time subject to the penalty, as 
recommended by the Public Roads Administration. 


Averill & Corbin, Contract No. 2323, for construction of the 
Fishers Millrace Bridg- on the Pacific Highway ‘est, south of Cor- 
vallis, in Benton County, requested an extension of time of 30 days, 
from September 30 to Cctober 30, 1940, within which to complete this 
project. They attributed their failure to complete the project 
within the specified time limit to the fact that they were required ' 
to place the foundations for this structure much deeper than was an- 
ticipated and in so doing 21 ountered materials that were extremely 
difficult to handle. The Engineer advised that the reason given by 
the contractor for failure to complete the project within the speci- 
fied time limit is correct. He recommended that the extension of 
time requested be granted without penalty. A letter was presented 
frem the Public Roads Administration concurring therein. The Com- 
mission approved the recommendation. 


Babler Bros., Contract No. 2329, for bituminous macadam surfac- 
ing on the Rock Creek-ifolalla Section of the “foodburn-Sandy Second- 
ary Highway, in Clackamas County, requested an extension of time of 
one day, from August 31 to September 1, 1940, within which to com- 
plete this project, They attributed their failure to ccmplete the 
project within the specified time limit to the fact that the crigi- 
nal quarry which they planned to use proved to be unsatisfactory and 
that the quantities of material actually furnished were in excess of 
the amounts mentioned in the contract. The Engineer advised that 
the work that necessitated this one-day extension of time consisted 
of sanding work and cleanup, which has not inconvenienced the trav- 
eling public nor increased the state's expense for engineering su- 
pervisicn. He reccmmended the granting of the extension of time re- 
quested without penalty. The Commission approved the reccmmendation. 


City Metor Trucking Cempany, Contract No. 2331, for grading and 
paving the Rainfer (éth Street East—3rd Street Nest) Section of the 
Columbia River Highway, in Columbia County, requested an extension 
of time of 30 days, from august 31 to September 30, 1940, within 
which to complete this project. They attributed their failure to 
complete the project within the specified time limit to the follcw— 
ing: (1) delays caused by the lecal water ccmpany in repairing and 
renewing water mains and private house connections; (2) delay caused 
by the power ccmpany in the removal and reconstruction of its pole 
lines. The Engineer advised that he knows of no reason why this 
contract could not have been completed within the specified time 
limit, had the ecntractcr started his operaticns within a reasonable 
length of time after having been awarded the contract. He recommend- 
ed, in view of the circumstances, that the extension of time request- 
ed be granted but that the contractor be charged with the extra en- 
gineering costs incurred by the state subsequent to the specified 
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Contract No. 2254, with R. I. Stuart & Sons, for pav- 
ing the Reedsport (12th Street-15th Street) Section of the 
Umpqua Highway, in Douglas County. Completed August 3, 1940. 


Contract No. 2264, with Tidepoint Company, for sur- 
facing, oiling, and furnishing crushed rock in stock piles 
on the Summit-sist Section of the Mist-Clatskanie Secondary 
Highway, in Columbia County. Canpleted September 23, 1940. 


Contract No, 2268, with Edlefsen—Neygandt Company, 
for grading and paving the South Unit, Oregon City Section 
of the Pacific Highway East, in Clackamas County. Complet- 
ed September 4, 1940. 


Contract No. 2269, with Barham Bros., for construc- 
tion of a partial viaduct and retaining wall on the South 
Unit, Oregon City Section of the Pacific Highway East, in 
Clackamas County. Completed September 30, 1940. 


Contract No. 2280, with A. S. Wallace, for furnish- 
ing erushed rock in stock piles on the Mussel Creek-livers 
Creek Section of the Uregon Coast Highway, in Curry County. 
Completed August 31, 1940. 


Gontract No. 2282, with R. 0. Dail & Warren Bros., 
Inc., for surfacing, oiling, and furnishing crushed rock in 
stock piles on the Warm Springs Agency-Vanora Section of 
the Warm Springs Secondary Highway, in Jefferson County. 
Completed September 15, 1.940. 


Contract No. 2285, with J. C. Papin, for grading, 
surfacing, and oiling the Bend-Butler Ranch Section of the 
Butler County Road, in Deschutes County. Completed august 
15, 1940. 


Contract No. 2286, with J. C. Compton, for oiling 
the Service Creek-Branson Creek Section of the John Day 
Highway, in Grant and Wheeler Counties. Completed August 


3, 1940. 


Contract No. 2289, with J. C. Compton, for oiling 
and furnishing crushed gravel in stock piles on the Union- 
Catherine Creek Section of the wedical Springs Secondary 
Highway, in Union County. Completed August 10, 1940. 


Contract No. 2291, with Jacobsen-Jensen Company, for 
construction of the Tigard Overcrossing and the Fanno Creek 
Bridge on the Pacific Highway West, at Tigard, in Washington 
County. Completed October 5, 1940. 


Contract No. 2298, with Denten & Young, for construc- 
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above projects was offered and was adopted by the unanimous vote of the Com- 
mission: 


WHEREAS, the Engineer has reported that the following 
State Highway Commission contracts for the construction of state 
highway projects have been completed according to the terms and 
provisions of the contracts and said jobs are now ready for accep~ 
tance: 


Contract No. 2155, with Edwin C. Gerber, for bitu- 
minous macadam surfacing on the Necanicum-Nehalem River Sec- 
tion of the Wolf Creek Highway, in Clatsop County. Complet- 
ed July 13, 1940. 


Contract No. 2207, with 0. C. Yocom, for surfacing, 
oiling, and furnishing crushed reck on the Jewell-Banzer 
Bridge Section of the Nehalem Secondary Highway, in Clatsop 
and Columbia Counties. Completed July 27, 1940. 


Contract No. 2209, with Roy L. Houck, for grading the 
North Unit, Siskiyou-Bear Canyon Section of the Pacific 
Highway, in Jackson County. Completed June 30, 1940. 


Contract No. 2219, with McNutt Bros., for grading and 
paving the Dundee—est Dayton Section of the Pacific Highway 
West, in Yamhill County. Completed August 24, 1940. 


Contract No. 2220, with Porter W. Yett, for grading 
and paving the Warren-Scappoose Section of the Columbia Riv- 
er Highway, in Columbia County. Completed September 17, 1940. 


Contract No. 2234, with Lecnard & Slate, for grading, 
surfacing, and construction of bituminous macadam, also fur- 
nishing crushed rock in stock piles on the Lang Canyon-— 
Arlington Section of the Columbia River Highway, in Gilliam 
County. Completed August 20, 1940. 


Contract No. 2236, with Chester T. Lackey, for fur- 
nishing crushed rock in stock piles on the Brothers—Harney 
County Line Section of the Central Oregon Highway, in Des- 
chutes and Lake Counties. Completed July 16, 1940. 


Contract No. 2239, with Roy L. Houck, for paving the 
Butteville Road—/hite School Section of the ‘lest Portland— 
Hubbard Hi.hway, in uarion County. Completed August 31,1940. 


Contract No. 2246, with E. C. Hall Company, for grad- 
ing, surfacing, and oiling the iluddy Creek-—Haines Section 
of the Old Oregon Trail, in Baker County. Completed August 
23, 1940. 


The Engineer reported delivery by the Feenaughty Machinery Company 
on June 17, 1940, of a Bay City power shovel. He recommended acceptance of 
the same by the Commission at this time, in order to establish a definite 
date for the termination of the bond which was furnished by the company, guar- 
anteeing the shovel for a period of one year from and after its delivery to 
the State Highway Commission and its acceptance by the Commission. The Com- 
mission approved the recommendation. 


The Engineer also reported completion of the state force work on 
the John Day Highway in the town of John Day, in connection with which cer- 
tain equipment was rented from Mr. Elmer Poweil, La Grande. He said that 
this particular work was completed on August 15, 1940, and that the rented 
equipment was returned to the owner on that day. He asked the Commission to 
accept the project in order to establish a definite date for the release of 
the bond which was furnished by Mr. Powell for the protection of the Commis- 
sion in the event that claims should arise out of the use of this equipment 
on this work. The Ccmmission thereupon declared August 15, 1940, as the date 
of completion of the project and acceptance of the sane by the Commission. 


The Commission considered and signed agreements, et cetera, as fol- 
lows: 


Agreement with the Estate of Bettie La Frenz, deceased, pro- 
viding for payment of damazes to property situate in Lots A and B, 
Block 12, original townsite of Nyssa, by reason of change in grade 
of the Old Oregon Trail at this place. Real Property Transaction 
No. 7459+ 


Agreement with Douglas County providing for the maintenance 
by the county of the North Umpqua County Road between a point 8.17 
miles east of Roseburg and a point 9.41 miles east of Roseburg 
after construction of the same by the state as a federal aid sec- 
ondary highway, same being designated as Project FAS 14-C(1). 


Agreement with contractor Clifford A. Dunn, Klamath Falis,dis- 
posing of his claim for extra compensation arising out of his con- 
tract No. 2310 for the construction of a bridze over the Warm Springs 
River on the Warm Springs Highway, in Wasco County. 


Agreement with A. I. Johnson, Prairie City, relating to the 
moving of iir. Johnson's garage adjacent to the John Day Highway, in 
the town of Prairie City. Right of Yay Transaction No. 8384. 


Agreement with lirs. Hazel Breshears, et al, providing for con- 
demnation under one action in circuit court of six parcels of land 
that are needed as right of way for the Scotts Butte-—Jordan Valley 
Section of the I.0.ii. Highway, in Malheur County. 


Agreement with the United Railways Company covering construc-— 
tion of the Davies Overcrossing Project on the “olf Creek Highway, 
in Washington County. 
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tion of the Catherine Creek Bridge Section of the Medical 
Springs Secondary Highway, in Union County. Completed Au- 
gust 31, 1940. 


Centract No. 2299, with Norris Bros., for grading, 
surfacing, and oiling, also construction of bridges, on the 
Castor Ranch-Joseph Section of the Hurricane Creek County 
Road, in Wallowa County. Completed September 7, 1940. 


Contract No. 2303, with Jacobsen~Jensen Company, for 
grading and paving the Astoria (Taylor Avenue-Astor Street) | 
Section of the Oregon Coast Highway, in Clatsop County. Con- | 
pleted Septemter 26, 1940. 


Contract No. 2305, with £. L. Rigdon, for grading, 
surfacing, and oiling the Horse Ranch Section of the Fremont 
Highway, in Lake County. Conpleted September 15, 1940. 


Contract No. 2316, with Leonard & Slate, for grading 
and paving the East Unit, Grants Pass-Green Creek Section 
of the Pacific Highway, in Josephine County. Completed Oc— 
tober 3, 1940. 


Contract No. 2322, with A. Milne, for surfacing and 
oiling the Fir Grove~Albany Section of the Independence- 
Albany County Road, in Benton County. Completed September 
30, 1940. 


Contract No. 2329, with Babler Bros., for bituminous 
macadam surfacing on the Rock Creek-Molalla Section of the 
Woodburn-Sandy Secondary Highway, in Clackamas County. 
Completed September 1, 1940. 


Contract No. 2330, with A. Milne, for surfacing and 
oiling the Elsie-Sunset Tunnel Section of the ‘Jolf Creek 
Highway, in Clatsop County. Ccmpleted August 31, 1940. 


Contract No. 2331, with City Motor Trucking Company, 
for grading and paving the Rainier (6th Street E.—3rd Street W.) 
Section of the Cilwmbia Kiver Highway, in Columbia County. 
Cefipleted September 21, 1940. 


Contract No. 2332, with Birkemeier & Saremal, for the 
North Canal Bridge widening Project on The Dalles-California 
Highway at the north city limits of Bend, in Deschutes Coun- 
ty. Completed August 7, 1940. 


THEREFCRE, BE IT RESOLVED that the work covered by said 


state highway contracts for the construction ef said state highway 
projects be declared completed according to the ters of the respec- 
tive contracts, and said jobs are hereby accepted and final payment 


in connection with each is hereby authorized. 
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Portland, Oregon, October 18, 1940 


The State Highway Commission met at 2:00 p. m. in Room 415, Imperial 
Present vere: 


Henry F. Cabell, Chairman 
Huron '/. Clough, Commissioner 

Herman Oliver, Commissioner 

R. H. Baldock, State Highway engineer 
J. iM. Devers, Attorney 
HK. B. Glaisyer, Secretary 


The Commission conferred with Messrs, "!, Hs Lynch, District Enginecr, 
T. i. Davis, Senior Highway Engineer, and H. D. Farmer, Senior Highway Engi- 
neer, of the Public Roads Administration, relative to the selection of state 
highways for a strategic military highway system. The Engineer exhibited a 
map prepared by the Public Roads Administration outlining in color certain 
highways recommended by the federal government as being highways of first pri- 
ority, second priority, and third priority from a military standpoint. He ad- 
vised that in certain instances the routes recommended by the government of- 
ficials do not represent the best strategic military routes in this state and 
suggested certain changes which, he said, are being recommended for adoption 
after very careful study, considering the value of the routes from the peace- 
time and moter users! standpoint as well as from the military standpoint. He 
exhibited a map, prepared in his office, showing the routes recommended by hin. 
After a lengthy discussion of this matter the Commission upproved the routes 
recommended by the Engineer and thereupon authorized him to recommend to the 
federal authorities the adoption of such routes as the strategic military 
highway system in Oregon, The ngineer was instructed to forvard a copy of 
the map to the Public Roads Administration with a letter of transmittal, giv 
ing reasons for the suggested changes. {See map filed in general files under 
caption "Construction, Federal Aid, Strategic Military Highways") 


The Commission discussed the question whether to readvertise the Sex- 
ton Mountain Project, for which bids were taken at the last meeting, or to 
avard the contract to the second-lov bidder, Roy L, Houck, Salem, on the basis 
of his bid submitted on October 10, 1940. The Engineer explained that the Com- 
mission, at such meeting, awarded this contract to M. L. O'leil & Son, the low 
bidders, at their bid price of “194,922.50 ghich was $51,860.00 lower than the 
bid submitted by Mr. Houck, tut ll, L. O'Neil & Son have refused to enter into 
the contract for the work and heve paid into the state highvay fund the amount 
of their bid bond, 39,746.13, because they feel thet their bid is entirely too 
lor and that they will suffer serious loss if they underteke to do the work at 
such bid price. The Commission decided unanimously after careful considera- 
tion that it would be inadvisable and unwise to award the contract to the 
second-low bidder because it would establish a very undesirable precedent, and 
thereupon ordered the Engineer to readvertise the project for new bids. 


Matters pertaining to the proposed Front Avenue Project in Portland 
| vere discussed by the Commission. Present and entering into the discussion of 
this matter were Messrs. Ben lMorrov, City Engineer, and Ralph Regan, City Right 


Permit granting to the Jonneville Power Adainistration author- 
ity to construct its pole lines over certain state highways. 


Agreement with Northwest Telephone Cauyany providing for use 
of one of the company's poles in the city of Willamina, Yamhill 
County, in connection with the suspension of a traffic signal cable 
attachment. 


Bargain and Sale Deed conveying unto Ed Capps and laud L. 
Capps 1372 square feet of land situate in Lots 8 and 9, Block 8, | 
Woodland Addition to Bandon. Right of Way Transaction No. 8145. | 


Bargain and Sale Deed conveying unto Pearl Burton, Trustee, 
3045 square feet of land situate in Lots 3 and 4, Block 22, South 
Albany Addition to Albany. Right of Way Transaction No. 6396. 


Bargain and Sale Deed conveying unto Standard Oil Company of. 
California certain state-owned property situate in Lots 12 and 13 
of Block 7, Woollen tills Addition to Bandon. Right of ‘lay Trans- 
action No. 8174. 


Agreement with R. R. Clark providing for the renewal of a 
lease of certain property in Douglas County which is needed as a 
source of roadbuilding materials, Real Property Transaction No. 
Lh24. 


There being no further business to came before the Commission at 


this time, the meeting was adjourned at 6:00 p. m. 
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The Engineer gave as his opinion that the conditions and stipula- 
tions set forth in this letter, with two exceptions, are satisfactory in prin- 
ciple, the two exceptions being, first, the annual rental of $75,000.00, and, 
second, the obligation that the state shall defend and “hold harmless the 
owners on account of personal injuries and property damaze resulting from the 
use of the upper deck by vehicles and pedestrians". He said that he has zone 
very carefully into the history of this bridge, including costs, et cetera, 
and is unable to justifv a rental in excess of $65,000.00 plus the obligation 
of maintenance of the upper deck surface, et cetera. He recommended accep- 
tance of the proposition offered by the railroad companies if they will agree 
to a reduction of the annual rental charge from $75,000.00 to $65,000.00 and 
will modify their requirements with respect to protection against personal ir.- 
jury and property damage, and will, accept such protection as the Canmission 
may lawfully offer. He read aloud a suggested form of letter directed to the 
railroad companies to that effect. After considerable discussion the Commis- 
sion approved the letter by unanimous vote and thereupon signed the same, (See 
letter dated October 18, 1940, directed to ir. Finch and ir. King. ) 


The Engineer requested authority for Ur. Harold Say, Director of the 
Travel and Information Department, to attend at state expense the annual meet- 
ing of the Pacific Northwest Tourist Association which is to be held in Spo-— 
kane, Washington, on November 1, 1940. He said that ir. Say's expenses would 
probably not exceed $15.00. The Commission approved the request subject to 
confirmation by Governor Charles A. Sprague. 


lr. L. A. MeClimtoak, Pendleton, was present and discussed with the 
Commission matters pertaining to the proposed revision of the Old Oregon 
Trail between Stanfield, in Umatilla County, and Boardman, in uorrow County. 
Mir. MeCligveock stated that he owns considerable property that would be sev- 
ered by this proposed cutoff, and suggested a revision in the proposed align- 
ment, which, in his estimaticn, would serve the purpose equally as well as 
that adopted by the Commission and would increase the distance between Stan- 
field and Boardman by only 0.4 of a mile. He particularly pointed out that 
he grazes a lot of cattle on his property and if the alignment is not changed 
he willbe forced to make a demand for a number of cattle passes as a right 
of way consideration; further, that the alignment adopted by the Canmission 
disrupts his system of irrigation canals and ditches, whereas that feature 
could be avoided by adopting the plan that he suggests. He urged the Commis— 
sion to make the change and offered to give free right of way across his prop- 
erty if the Commissio: will approve the same. After considerable discussion 
the Commission instructed the Engineer to investigate the matter thoroughly 
at once and report his findings to the Commission at the next meeting. 


A letter was presented from Mr. Fred A, Williams, Attorney, Salem, 
renewing his offer to sell to the state 22 acres of ocean frontage between 
Agate Beach and the Yaquina Head Lighthouse Reservation in Lincoln County. 
ur. Walliams states in his letter that a short time ago he refused a very at- 
tractive offer for a portion of this property which was desired as a quarry 
site and he did not sell it because he felt that the entire tract should be 
preserved as a state park. He offered to sell the tract to the state at the 
rate of $200.00 per acre and advised that he would accept from $500.00 to 
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of Yay Buyer, representing the Portland City Council, The Attorney advised 
that the city council contemplates taking action on Thursday, October 24, 
1940, as may be necessary to aithorize the condemnation of certain properties 
that are nesded for right of way for this improvement and the principal mat~ 
ter before the Highway Comission at this time is tne approval of the options 
heretofore taken and the amount of damages that have been alloved in connec- 
tion therewith. The city wants to proceed as rapidly as possible, he said, 

to close the options «nd vill authorize the sending of notification to each 

of the grantors as soon as the amounts of the options and the settlements 

have been approved by the Highway Commission and the city council. The State 
Highway Engineer presented a written report from the City Engineer on this 
subject which included a tabulation of »ll the settlements agreed upon. Aft- 
er considerable discussion, the watter of approvel of such settlements was 
referred by Comnissioners Clough and Oliver te Chairman Cabell to pass on the 
individual items, it beinz understood that the Commission would confirm the 
action taken by Chairman Cabteil on such matters at the Commission's next regu- 
lar meeting. 


Chairman Cabell advised that in his study of this matter he would 
consider claims for damages entirely separate from the claims for land and 
buildings, and would allow damages only in caves where land and buildings 
are not concerned and where lease tenants occupy buildings with long-term 
leases and will suffer real damage by reason of the highway improvement. He 
explained that 2 standard price has been set for land at one and one-fourth 
times the assessed value tiereof and that « standard price of one and one=- 
half times the assessed value of buildings has been established for such 
proverty. Commissioners Cicugh end Oliver approved this method of elassifi- 
cation. 


The Engineer reported receipt of a letter from the Union Pacific 
Railroad Company and the Southern Pocitic Company, joint ovmmers of the 
Steel Bridge over which it is proposed to route Front Avenue traffic “tien 
the Front Avenue project has been completed, which letter sets forth certain 
conditions under which the railroad companies are willing to allow the use 
of the upper deck of this bridce as e state highay route. He read this let- 
ter aloud. (See letter dated October 2, 1940, from F. N. Finch, General Man- 
ager, Union Pacific Railroxnd Company and ©. Ll. King, Superintendent, Southern 
Pacific Company, directed to tir. Henry F. Cabell, Chairman of the Oregon 
State Highvay Commission, for deirils). de perticularly pointed out that the 
railroad companies are willing to grent to the state the right to use the 
upper deck of this bridge for highway purposes tor a period of 30 years at 
an amnual rental of “75,000 and if, in addition thereto, the state will mein- 
tain the upper deck surface, sidewalks and appurtenances dom to the support- 
ing steel and vill maintain the streetcar tricks; further, will pay the cost 
of lighting the upper deck, wage: of gatemen and other employees required in 
connection with the use of the upper deck for hichysy purposes, and provided 
the state shall also deiend and hold the owners of the bridge harmless on 
account of personal injuries and property damage resulting from the use of 
the upper deck by vehicles and pedestrians. The Engineer also pointed out 
that the railread companies are “illing for the state to retain all payments 
made for the use of tae unver deck by holder: of frenchises auch as streetcar 


companies 2nd compenies operating trackless trolleys. 


a lot or separate tract was severed, to acquire the entire lot 
or tract; and 


WHEREAS, the acquisition of whole tracts or lots re- 
sulted in the state having possession of and title to a great— 
er area than is necessary for right of way purposes; and 


WHEREAS, it is the established policy of the Highway 
Department wherever practicable or advisable to landscape, im- 
prove and otherwise develop roadside strips or areas; and 


WHEHEAS, it is deemed wise that the areas acquired 
in Oregon City be segregated and that portion necessary and de- 
sirable for right of way purposes be so dedicated and the por- 
tion or area outside of the established right of way be dedi- 
cated to and for landscape and other roadside development: 


NOw, THEREFORE, BE IT AND IT HEREBY IS RESCLVED by 
the Commission, all members being present and voting affirma- 
tively, as follows: 


1. That the following described real property be and 
the same hereby is declared to be necessary for right of way 
purposes and the same hereby is set apart and dedicated as a 
part of the right of way of Water Street in the City of Oregon 
City, and the same shall be available for such purpose, to wit: 


All those certain porticns of Blocks 10, 11, 12, 
13 and 14 of Oregon City, lying westerly of a line 
arallel to and 40 feet distant easterly fram the re- 
’onstructed center line of the Pacific Highway East. 


2. That the following described parcels of real prop- 
erty which border upon the above described right of way be and 
the same hereby are declared to be useful for roadside develop— 
ment and landscaping and said parcels of land hereby are set 
aside and dedicated for such use and purpose: 


All those certain parcels of land to be used for 
roadside development in Blocks 10, 11, 12, 13 and 14 
of Oregon City, and lying easterly of a line 40 feet 
distant easterly frem and parallel to the center line 
of said highway, the location of said parcels being 
more particularly described as follows: 


Par 1 : 

Beginning at the most westerly corner of said 
Block 10; thence southeasterly along the southwe ster- 
ly line of said block 45 feet; thence running in a 
straight line northeasterly through said block to a 
point 90 feet southeasterly of the most northerly 
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$1,000.00 as down payment, the balance to be paid over a period of two or 
three years, to suit the convenience of the state. The Commission expressed 
appreciation of ir. Williams's offer but decided not to purchase the property 
at this time in view of its many park obligations. The Attorney was instruct- 
ed to so inform Mr. Williams. 


Reconsideration was given by the Commission to the action taken on 
August 22, 1940, with respect to placing on the federal aid system the pro- 
posed cutoff highway between Boardman and Stanfield. The Engineer recalled 
that the Commission at such meeting directed a letter to the Public Roads Ad- 
ministration requesting the rerouting of federal aid road No. 1 from Boardman 
to a point near Stanfield, and further requesting that the present route of 
federal aid road No, 1 between Boardman and Umatilla be renumbered federal 
aid road No. 18, and that the section of the present federal aid road No. 1 
between Umatilla and Stanfield be retained on the federal aid system and be 
given an entirely new nunber. He advised that in response to such communica- 
tion a letter has been received from the Public Roads Administration indicat- 
ing that the proposed revision of federal aid road No. 1 from Boardman to 
Stanfield, and the extension of federal aid road No. 18 from Umatilla to Board- 
man would be approved but that the Public Roads Administration objects to the 
retention of the Umatilla-Stanfield Section on the federal aid system because, 
after the construction of the Boardman-Stanfield revision, the Umatilla- 
Stanfield road would be of secondary importance and also because of its close 
proximity to federal aid road No. 36 between Pendleton and Cold Springs. 


The Commission discussed the matter at considerable length and de- 
cided, by unanimous vote, in view of the objections offered by the Public 
Roads Administration, that it would be inadvisable to retain the Umatilla— 
Stanfield Section as a federal aid highway and agreed to its removal there- 
from. The Engineer was instructed by the Commission to convey such informa- 
tion to the Public Roads Administration. 


The Commission discussed the matter of dedicating for certain spe- 
cific uses certain lands acquired by the Commission in connection with the 
securing of right of way for the Water Street Section of the Pacific Highway 
East in Oregon City between llth Street and 16th Street. It was the Commis- 
sion's decision that all of those certain portions of Blocks 10, 11, 12, 13, 
and 14 of Oregon City, lying westerly of the line parallel to and 40 feet 
distant easterly from the reconstructed centér line of this highway, should 
be dedicated and set apart as right of way and that all of the remaining land 
acquired by the state in said blocks be set aside and dedicated for roadside 
development and landscaping purposes. The following resolution in regard 
thereto was adopted by the Commission by unanimous vote: 


WHEREAS, for the purpose of making possible a proper lo- 
cation of the highway through Oregon City the Highway Commission 
found it advisable and necessary to acquire many parcels of real 
property; and 


WHEREAS, in many instances it was deemed to be in the 
interests of the public and to the advantage of the owner, where 
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to) the center line of said highway; thence southwesterly 
parallel to and 40 feet distant from said center line 
-to the southwesterly line of said block; thence south- 
easterly to the point of beginning. 


3. That there is attached hereto and made a part hereof 
a map marked "Exhibit A", on which map is shown shaded in green the 
area first herein described, and shaded in orange the area second 
herein described, which said exhibit by this reference is made a 
part of this resolution. 


4. That the Engineer be and he hereby is instructed to 
properly mark upon the ground by stakes or other monuments the sev- 
eral areas herein described so that their boundaries may be easily 
ascertained. 


5. That the Engineer and the Landscape Engineer be and 
they hereby are instructed to prepare and subnit to the Highway 
Commission for approval a plan and scheme for roadside development 
or landscaping appropriate for said location or surroundings. 


The Commission considered the matter of acquiring timber strips 
along the Pendleton-John Day Highway but deferred a definite decision thereon 
until it has been informed of the Government's requirements with respect to 
the expenditure of federal aid funds for the purchase of such wayside strips. 
The Commission instructed the Engineer to secure a copy of the Government's 
regulations pertaining thereto. 


In this connection the State Parks Superintendent, who was present, 
requested authority to employ a cruiser to cruise the timber standing on 
these strips. The Commission granted the request. 


The Commission also approved the employment of a cruiser to cruise 
the timber on the Salmon River Highway strips that the Commission proposes 
to acquire from the ifiami Timber Ca:.pany. 


The Engineer reported that on October 15, 1940, in accordance with 
authority previously sranted him by the Commission, he awarded to M. L. 
O'Neil & Son the contract for the Ironsides-Brogan Rock Production Project 
on the John Day Highway, in Malheur County, for which work this contractor 
submitted the low bid on October 11, 1940, the conditions of the award having 
been satisfied. The Commission by unanimous vote approved the award of this 
contract as reported. 


The Commission by unanimous vote approved and confirmed the resolu- 
tions adopted by the Commission on June 13, 1940, permanently routing the Pa- 
cific Highway through the city of Eugene, and the routing of the Front Avenue 
Highway in Portland, and authorized the Secretary to forward certified copies 
of such resolutions to the cities concerned. 
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corner of said lock 10; thence northwesterly along the north- 
easterly line of said block to a point which is 40 feet distant 
easterly fran (when measured at right angles to) the center 
line of said highway; thence southwesterly parallel to and 40 
feet distant from said center line to the northwesterly line of 
said Block 10; thence southwesterly to the peint of beginning. 


Parcel No. 2: | 

Beginning at the most southerly corner of Lot 5, Block 11; 
thence northeasterly along the southeasterly line of Lots 5, 
6, 7 and 8 of said block to the most easterly corner of said 
Lot 8; thence northwesterly along the northeasterly line of 
Block 11 to a point which is 40 feet distant easterly from (when 
measured at right angles to) the center line of the said high- 
way; thence southwesterly parallel to and 40 feet distant fron 
said center line to the southwesterly line of said Block 11; 
thence southeasterly to the point of beginning. 


Parcel Ilo. 3: 

Beginning at the most southerly corner of Lot 7 of the 
Tooze Subdivision of Block 12, Oregon City; thence northeaster- 
ly along the southeasterly line of Lots 7, 9 and 10 ef said 
subdivision to the most easterly corner of said Lot 10; thence 
northwesterly along the northeasterly line of said Block to a 
point which is 40 feet distant easterly from (when measured at 
right angles to) the center line of the said highway; thence 
southwesterly parallel to and 40 feet distant from said center 
line to the southwesterly line of said block; thence southeast- 
erly to the point of beginning. 


Parcel No. 4: 

Beginning at the most southerly corner of Lot 5, Block 13, 
Oregon City; thence northeasterly along the southeasterly line 
of Lots 5, 6, 7 and 8 of said 5lock 13 to the most easterly 
corner of said Lot 8; thence northwesterly along the northwest~ 
erly line of said block to a point which is 40 feet distant 
easterly from (when measured at right angles to) the center 
line of the said highway; thence southwesterly parallel to and 
40 feet distant fron said center line to the southwesterly line 
of said block; thence southeasterly to the point of beginning. 


Parcel No. §: 

Beginning at the most southerly corner of Lot 5, Block ld, 
Oregon City; thence northeasterly through Lots 5 qnd 6 to a 
point on the southwesterly line of Lot 7, and 15 feet westerly 
from the most southerly corner of said Lot 7; thence southeast- 
erly along the southwesterly line of Lot 7 and Lot 2 to a point 
on the westerly right of way line of the existing highway; thence 
northerly along said westerly right of way line to a point which 
is 40 feet distant easterly from (when measured at right angles 
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equipment from himself to iirs. Waldkirch, who tried to secure a new permit 
from the Public Utilities Canmissioner, but was denied. It appeared to the 
Commission from the evidence submitted that Mr. Waldkirch has little or no 
regard for the law covering his operations and that he is a habitual violater 
of the same and of the rules and regulations promulgated by the Commission 
pertaining thereto, and, in view thereof, the Commission decided unanimously 
that the permit should be cancelled and that the use of Mr. Waldkirch's equip- 
— ‘i not be allowed in this class of service hereafter, and it was so 
ordered, 


The Secretary presented a resolution from the Hood River County 
Court requesting the designation of an extension of the Odell Secondary High- 
way Ne. 282 from its present terminus near the town of Odell westerly and nor- 
therly via Market Roads 1, 4, and 9, a distance of about 2.6 miles, to a con- 
nection with the Hood River Secondary Highway at a point known as Tucker 
Bridge. The Commission approved the request and thereupon by unanimous vote 
adopted the following resolution so designating this extension: 


WHEREAS, under the provisions of Chapter 248, Laws of 1931; 
Chapter 196, Laws of 1935; and Chapter 529, Laws of 1939; the State 
Highway Canmission, by mutual agreement with the respective county 
courts of the several counties of the State, is authorized and em- 
powered to select, locate, and designate a system of secondary 
state highways, which highways shall be selected from the market 
roads or other county roads, or available locations or routes of 
the several counties; and 


WHEREAS, the State Highway Commission, by mutual agreement 
with the Hood River County Court of the State of Oregon, has select- 
ed the road or highway hereinafter named, and it is the purpose of 
the Commission to officially and regularly designate and adopt said 
highway as a highway to constitute, together with other highways 
heretofore adopted and/or which may hereafter from time to time be 
added, the system of secondary state highways under the provisions 
of said acts; 


NOw, THEREFOXE, BE IT AND IT HEREBY IS RESOLVED by the State 
Highway Commission, all members being present and affirmatively vot— 
ing and participating, as follows: 


1. That the following described market road, county road, 
highway, route, or location of a highway in Hood River County be 
and the said market road, county road, highway, location, or route, 
hereby is selected, designated, established, adopted and approved 
as a secondary state highway and shall be and hereby is designated 
as a Part of the secondary state highway system, to wit: 


An Extension of the Odell Secondary Highway No. 282: 


Beginning at a point approximately 0.9 mile wester- 
ly from the Mt. Hood Highway near Odell; thence westerly 
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The Commission considered the request of the Arrow Transportation 
Canpany for authority to transport a 700-pound overload, consisting of special 
sanding equipment, on each of its trucks operating on state hi ong tiny 
the coming winter, as they were permitted to do last winter. The ineer ex- 
plained that the special equipment referred to is an attachment for the carry- 
ing and sprinkling of sand on the highway under the wheels of the truck when 
the pavement is slippery from ice or snow, and the company wants to use this 
equipment as a safeguard against accidents but cannot do so without the Com- 
mission's approval unless they cut down their pay load, which they co not 
like to do because they would lose certain profits. He gave as his thought 
that the sanding equipmeat is a good one and will aid greatly in recucing the 
number of accidents that occur due to slipperiness of the highway, After dis- 
cussion of this matter the Commission voted unanimously to grant the Arrow 
Transportation Company the pemait requested as a temporary emergency proposi- 
tion only, to be effective until adjournment of the 1941 Oregon Legislature. 


HKeconsideration was given by the Commission to the application of 
Berkheimer Manufacturing Company of Seattle, Washington, to move over state 
highways certain truck equipment the overall length of which exceeds the stat- 
utory limit by about 23 feet. It was explained that the Commission, at its 
meeting in Pendleton on October 1, 1940, granted this company permission to 
use this equipment over a linited number of state highways during the month 
of October only, it being understood at that time that the company was hard 
pressed to make some emergency deliveries of its products, and that as soon 
as these deliveries were made the company would make certain alterations in 
its equipment to comply with the state law. However, it now appears that the 
company wants a blanket permit authorizing the use of this equipment without 
alteration for the balance of the year. The Commission considered that it 
does not have legal authority to grant such permit and thereupon denied the 


request. 


The Engineer presented to the Commission a legend prepared and rec- 
ommended by the Old Oregon Trail Historic Marker Committee for use on certain 
markers that are to be installed on the Pacific Highway at Oregon City for the 
benefit of people who are interested in the historic McLoughlin Memorial Home 
located at that place. He inquired whether or not the wording of the legend 
meets with the Commission's approval and if so whether or not he should pro= 
ceed with the erection of the markers and the fingerboard signs, pointing the 
way to the ome. After discussion the Commission instructed the Engineer to 
present the legend to the committee in charze of the McLoughlin Memorial Home 
for its approval. He was authorized by the Commission to erect the markers 
and signs as soon as such approval has been obtained. 


The Secretary requested instructions whether or not to order the 
cancellation of the special carrier permit of Emil ‘Waldkirch who has been ar- 
rested on four different occasions for transporting over state highways loads 
of logs weighing in excess of the statutory weight limits, the overload in 
each instance being 1165 pounds, 2460 pounds, 5200 pounds, and 2300 pounds, 
respectively. He said that in each instance the penalty of suspension of the 
permit was imposed. However, it now appears that sr. Waldkirch, in order to 
avoid the 20-day penalty for the last offense, has transferred title to his 
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staff to be present at the annual convention of the association which is to 
be held in Tillamook on October 20 and 21, 1940. Chairman Cabell stated that 
he would represent the Commission at this meeting inasmuch as he has accepted 
an invitation to speak to the group. The Secretary was instructed to thank 

Mr. Sanders for the invitation. 


An invitation was also presented from the Redwood Empire Associa— 
tion in which the Commission and its staff were asked to be the guests of the 
association at its annual meeting in Ukiah, California, on Saturday, October 
26, 1940. The Commissioners expressed regrets that they could not attend 
this function; however, authorized Mr, Harold Say, Director of the Travel and 
Information Departnent, to represent them. The Secretary was instructed to 
so inform the association. 


The Commission discussed the matter of the exchange of properties 
with the State Board of Control at the highway department shops in Salem so 
as to permit proper development of the highway department facilities at this 
location. Such transfer of prooerty was recommended by the ingineer and the 
Attorney. The Commission approved the recommendation and thereupon adopted 
and signed a resolution providing for the transfer of 12,802 square feet of 
state highway procerty to the Board of Control upon receipt from the State 
Board of Control of a corresponding or companion resolution transferring 
12,820 square feet of property under the control of said Board. The Secre- 
tary was instructed not to enter the Cammission's resolution in the minutes 
of the Comission until delivery has been made to the Commission of a certi- 
fied copy of the said resolution adopted by the State soard of Control. 


The Secretary presented a request fran the South Bay Logging Can- 
pany, Charleston, Oregon, to transport logs over the Cape Arago Secondary 
Highway from a point 3 miles south of Charleston to the company's mill about 
3 miles north of Charleston during Saturday afternoons and Sundays. The En- 
gineer recommended the granting of this request. The Commission approved the 
recommendation. 


The Commission had under discussion the following requests for ex- 
tensions of time within which to complete highway construction projects: 


R. O. Dail & Warren Bros., Inc., Contract No. 2277, for sur— 
facing and oiling the Miles Bridge-Baker and Baker-Salisbury Sec— 
tions of the Medical Springs Secondary Highway and the Baker-Unity 
Highway, in Baker County, requested an extension of time fron July 
15 to August 23, 1940, within which to complete this job. They at- 
tributed their failure to complete the project within the specified 
time limit to the following: high water in the gravel pit used on 
the Medical Springs Highway and difficulties in obtaining clean 
roek for the crusher because of clay content of the pit. The En- 
gineer advised that the statements given by the contractor for fail- 
ure to complete the project within the specified time limit are cor- 
rect; that the contractor started the work early enough to complete 
it within the specified time but spent over a month trving to get 
the pit in a workable condition to produce acceptable material. The 
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and northerly via Market Roads 1, 4, and 9, to a connec- 
tion with the Hood River Secondary State Highway at a 
point near Tucker Bridge, a distance of approximately 2.6 
miles. 


2. That the said highway shall be and hereby is qualified for 
improvement under the provisions of said Chapter 248, Oregon Laws of 
1931; Chapter 196, Oregon Laws of 1935; and Chapter 529, Cregon Laws 
of 1939; and amendments thereof. 


The Commission discussed the matter of extending the Corvallis-East- 
side Secondary Highway, in Linn County, a distance of approximately 0.2 mile 
from its junction with the Pacific Highway East (old route) to a connection 
with the new route of this highway in Albany but deferred a definite decision 
in the matter pending a report from the Attorney as to the width of the right 
of way on this section, and inspection of the proposed extension by the Com- 
mission. 


The matter of designating the Fort Stevens County Road, Clatsop 
County, a state secondary highway had the attention of the Commission but ac- 
tion thereon was deferred pending the ascertaining of the status of this high- 
way from the strategic military standpoint. 


The Commission also discussed the matter of designating as a state 
secondary highway the old route of The Dalles-California Highway between Modoc 
Point and Klamath Agency, in Kiamath County. It was pointed out in the dis- 
cussion of this matter that the Commission previously promised the Klamath 
County Court that it would so designate this road when the new road between 
Modoc Point and Klamath Agency was completed. In view thereof the Commission 
decided unanimously to approve such designation in the event Klamath County 
Court will make proper application for the same. 


The matter of designating a state secondary highway connecting the 
Wolf Creek Highway at Elsie with the Nehalem Secondary State Highway at Fish 
Hawk Falls, in Clatsop County, was discussed. Action on this matter was de- 
ferred by the Commission pending a report from the Engineer on the cost to re- 
construct to proper standards the Nehalem Secondary Highway from Fish Hawk 
Falls to Astoria. 


The Commission also deferred definite action on the request of the 
Tillamook County Court for the designation as a state secondary highway of the 
county road which extends westerly from Tillamook City to Netarts and Ocean- 
side, in Tillamook County. It was the thought of the Commission that an in- 
vestigation should be made to ascertain the width of the right of way of this 
section before jurisdiction over the road is assumed by the state. The Attor- 
ney was thereupon instructed to make such investigation. 


A letter was presented from Mr. A. B. Sanders, Manager of the Oregon 
Coast Highway Association, inviting the members of the Canmission and its 
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Secondary and Baker-Unity Highways, in Baker County. Com- 
pleted August 23, 1940. 


Contract No. 2296, with Mid-Columbia Sand & Gravel 
Company, for grading, surfacing, and construction of cul- 
verts on the South Unit, Fulton Canyon Section of the 

Fulton Canyon—dasco County Road, in Sherman County. Com- 
pleted August 10, 1940. 


Contract No. 2310, with Clifford A. Dunn, for con- 
struction of a bridge on the Warm Springs River Bridge 

Section of the Warm Springs Secondary Highway, in Wasco 
County. Completed September 26, 1940. 


THEREFCRE, BE IT RESCLVED that the work covered by said 
state highway contracts for the construction of said state highway 
projects be declared ccmpleted according to the terms of the re- 
spective contracts, and said jobs are hereby accepted and final 
payment in ccnmnection with each is hereby authorized. 


The Commission considered and signed agreements, et cetera, as fol- 


Agreement with Pacific Power & Light Company providing for the 
use of two of the company's poles in the suspension of an overhead 
flashing beacon at the intersection of the Oregon Coast Highway 
with the road leading to Camp Clatsop, in Clatsop County. 


Agreement with Eugene F. Hugg, Sr., providing for the lease of 
certain property at Elgin which is to be used as a site for the 
maintenance headquarters. 


Agreement with the Portland Gas & Coke Company wherein the con- 
pany agrees to reimburse the State Highway Commission for addition- 
al costs due to chanves in design of the culvert at ilile Post 95.80 
on the Lower Columbia River Highway, which changes are being made 

to accqmmodate existing gas mains. 


Letter directed to Thomas H. McDonald, Commissioner of Public 
Roads, Washington, D. C., authorizing each of the following: R. H. 
Baldock, State Highway Engineer; C. B. McCullough, Assistant State 
Highway Engineer; S. H. Probert, Office Engineer; and J. @. Nash, 
Assistant Office Engineer, to bind the State Highway Department by 
his signature to reimbursement vouchers submitted tc the United 
States Bureau of Public Roads for federal highway funds as fully 
as if said vouchers were signed by the majority of the members of 
the State Highway Ccmmission. 


Resolution providing for exchange of properties with the State 
Board of Control at the Highway Department shops, in Salem. 


traveling public, he said, has not been unduly inconvenienced by 
the delay and the state has incurred no extra expense for engineer- 
ing supervision. He recommended, in view thereof, that the exten- 
sion of time requested be granted without penalty. The Commission 
approved the recommendation. 


Mid-Columbia Sand & Gravel Company, Contract No. 2296, for 
gradin: and surfacing the South Unit of the Fulton Canyon Section 
of the Fulton Canyon-Jaseo County Road, in Sherman County, request— 
ed an extension of time of 10 days, fran July 31 to August 10, 1940, 
within which to complete this job. They attributed their failure 
to complete the project within the specified tine limit to delays 
in securing certain materials for construction of cable guard fence. 
The Engineer advised that the reason given by the contractor for 
failure to complete this project within the specified time is cor- 
rect and recommended the granting of the extension requested without 
penalty. A letter was presented from the Public Roads Administra- 
tion concurring therein. The Commission approved the recommendation. 


The Engineer reported that Contracts Nos. 2238, 2240, 2245, 2277, 
2296, and 2310, for the construction of state highway projects, have been com- 
pleted according to the requirements of the contracts or modifications there- 
of, and that said jobs are now ready for acceptance. The following resolution 
accepting the above projects was offered and was adopted by the unanimous vote 
of the Commission: 


WHEREAS, the Engineer has reported that the following 
State Highway Commission contracts for the construction of state 
highway projects have been completed according to the terms and 
provisions of the contracts and said jobs are now ready for ac-— 
ceptance: 


Contract No. 2238, with Gus Reichow, for furnish- 
ing erushed rock in stock piles for the Waldport Rock 
Production Project on the Oregon Coast and Alsea High- 
ways, in Lincoln County. Completed June 8, 1940. 


Contract No. 2240, with G. D. Lyon Company, for 
rock embankment construction on the ilultnomah Falls- 
Oneonta Section of the Columbia River Highway, in Lult- 
nomah County. Completed October 4, 1940. 


Contract No. 2245, with Leonard & Slate, for 
grading and paving the est Unit, Grants Pass-Green 
Creek Section of the Pacific Highway, in Josephine Coun- 
ty. Completed October 3, 1940. 


Contract No. 2277, with R. 0. Dail & Warren Bros., 
Inc., for surfacing and oiling the Miles Bridge—Baker 
and Baker-Salisbury Sections of the Medical Springs 
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‘ OREGON COAST HIGHWAY 
HUG POINT-MANZANITA SECTION ~ BITUCINOUS MACADAM SURFACING 


Rogers Construction Coupany 
Fisher Bros. 

Roy L. Houck 

Babler Bros. 

E. C. Hall Company 

Edwin C. Gerber 


R. 0. Dail & Warren Bros., Inc. | 


A. C. Greenwood Company, Inc. 
New ort Construction Company 
Hener G. Johason 

A. Milne 

McNutt bros. 

C. Je *ldon 


JOHN DAY HIGHWAY 


$110,107.50 
110,351.00 
115,632.50 
116, 801 .50 
120,604.00 
ia 9170055 
129,166.60 
129,758.90 
139,411.11 
140,461.50 
141,886.50 
143,487.80 
143,665.00 


EaST UNIT, DIXIE SUMiIT-AUSTIN SECTION - GRADLG, SURFACING AND OILING 


_Leonard & Slate 

E. L. Gates 

E. C. Hall Company 
McNutt Bros. 
Clifton & Applegate 


JOH! DAY HIGHWAY 
GOOSE ROCK BRIDGE SECTION 


Cc. J. Eldon 

McNutt Bros. 
Clifford A. Dunn 
Leonard & Slate 

E. C. Hall Company 
Barham Bros. 
Birkemeier & Saremal 


PACIFIC HIGHWAY 
SEXTON MOUNTAIN SECTICN - GRADING 


icNutt Bros. 

M. L. O'Neil & Son 
Sam Orino 

K. L. Goulter 

Roy L. Houck 
Berke Bros. 

Frank Penepacker 
J. A. Lyons 


$115,532.00 
125,236.75 
130,347.00 
131,916.80 
148,176.50 


$ 44,651.00 
45 5125-50 
45,671.50 
47,293200 
48,680.00 
48,971.00 
51,035.00 


$236,390.00 
239,261.00 
243,627.50 
244,518.00 
250,822.50 
263, 572-50 
276,828.50 
290 ,799-50 


Petition directed to Columbia County Court for vacation of a 
portion of the alley in Block 4, West Rainier; also, in connection 
with such matter, Order for Consen: to Vacation of said alley; also 
Notice of Application to Vacate said alley; vacation of said alley 
being necessary to facilitate the use by the state of adjacent prop- 
erty for the storing of machinery, crushed rock, and other road ma- 
terials 


Certificate with respect to the payment of $25.00 by the Gov- 
ernment for an easement over some state-owned property know as 
the Lawler property, in Hood River County. 


The meeting was adjourned at 5:15 p. m 


Ad: oo 
State Higliway Engineer Commissioner 


Are“ a ——— Sl OL wy 
Secretary Commissioner 


<— 


Portland, Oregon, November 12, 1940 


The State Highway Commission met in regular session at 9:00 a.m, in 
the auditorium of the Public Service Building. Present were: 


Huron W. Clough, Acting Chairman 
Herman Oliver, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


Chairman Cabell was excused from attending this meeting. 


Bids, as follows, for highway construction projects and sale of build- 
ings, were opened and read in conformance with previously published notice fol- 
lowing which Commissioner Clough, as Acting Chairman, announced that the award 
of contracts would be made at 3:00 p. m. in the same room: 


ALSEA HIGHWAY 
LINCOLN COUNTY LINE-ALSEA MOUNTAIN ROCK PRODUCTION 


F. C, Dillard $11,920.00 
A. O- Ekstrom 12,800.00 
Loyd Calkins 13,120.00 
A. Se Wallace 13,375.00 
Homer G, Johnson 15,775.00 


(Barbur boulevard-Boones Ferry Road Section continued) 


C. Je Eldon 
A. ©. Greemwood Cumpany, Inc. 
Homer G. Johnson 


WALLOWA LAKE AND OLD OREGON TRAIL HIGHWAYS 
LA GRANDE ROCK PRODUCTION 


D.C. & A. L Williams $10,236.40 
Hart Construction Company 
Rogers Construction Company 
A. S. Wallace 
A. 0. Exstran 
R. O- Dail & Warren bros. Inc. 
Homer G. Johnson 
OF BU N_ BROOKINGS 
NO. (former owner brookings Land & Townsite Canpany) 
Kenneth Dodd $26.55 
BUILDING NO. 7701 (former owner Leavenworth Kyle) 


Fred W. Flynn $110.00 
Kenneth Dodd 20.00 


BUILDING NO, 7707 (former omer Fanny T. Pedriole) 
Jim Jarvis (will wreck building for salvage) 
SALE OF BUILDINGS IN MARSHFIELD 
BUILDING NO. 8086 (former owner Lillian Madden) 


Kenneth Dodd 9106.55 
Ed Lorsung 76.00 


BUILDING No 8091 (former owner G. W. Curtiss and Eliza E. Condron) 


Glen Wu. Curtis 240.00 
Kenneth Dodd 16.00 


SALE OF BUILDING AT SISKIYOU SWAT 
BUILDING NO. 7183 (former owner Win. B. Norris) 
Kenneth Dodd 


Pea ee er eee ee 


KLAMATH FALLS-LAKEVIEW HIGHWAY 
FOREST BOUNDARY-COITONWOOD CREEK SECTION — GRADING, SURFACING AND 
OILING, AND BRIDGES AND CULVERTS 


Jacobsen-Jensen Canpany $127,173.00 
E,. C. Hall Company 129,944.50 
Berke Bros. 132,285.00 
Clifford A. Dunn 132,987.00 
E, L. Gates 134,438.00 
McNutt Bros. 137,869.00 
Homer G. Johnson 152,795.00 
Kuckenberg Construction Company 163,760.00 


PACIFIC HIGHWAY 
COTTAGE GROVE SECTION ~ ROADSIDE IMPROVEMENT 


E. L. Gates 
Blair T. Alderman 
Leonard & Slate 
D. L. Ashton 


EDDYVILLE-BLODGETT SECONDARY HIGHWAY 
NASHVILLE BRIDGE SECTION 


J. F. Johnston 

Edlefsen-Weygandt Company 14,479.75 
Averill & Corbin 14,576.55 
Birkemeier & Saremal 14,840.00 
E. C. Hall Company 15,052.50 
C. J. Eldon 15,095.00 
McNutt Bros. 15,293.50 
Barham Bros. 16,250.50 
A. Milne 16,544-75 
Babler Bros. 16,732.50 
Je te & de R. Hillstrom 17,119.50 


WEST PORTLAND-HUBBARD HIGHWAY 
BARBUR BOULEVARD-BOCNES FERRY ROAD SECTION — GRADING AND SURFACING 


Jacobsen—Jensen Company $88,792.50 
Leonard & Slate 

Berke Bros. 

Roy L. Houck 

J. A. Lyons 

McNutt Bros. 

Frank Penepacker 

Edlefsen-Weygandt Company 108,168.50 
Babler Brose 109,899.50 
E. L. Gates 113,755.50 


(Continued on next page) 
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The Engineer requested approval of a WPA project for development 
of a parking area adjacent to the Wolf Creek Highway at a place known as Bear 
Springs. He estimated the total cost involved at approximately $5,000, of 
which amount the State's share would be about $1,100. He advised that the 
Comnission previously approved this project in the blanket WPA authorization 
for the Wolf Creek Highway and his object in bringing the matter to the Can- 
mission's attention at this tine is simply to secure the Commission's approv- 
al of the detail. The Comiission authorized the improvenent. 


The matter of caring for street-car traffic on the Hawthorne Avenue 
sridge, in Portland, during the reconstruction of the approach to this struc— 
ture incident to the proposed Front avenue improvement, had the attention of 
the Cam:ission. The Engineer advised that in a recent conference with the 
Portland Traction Canpany with respect to the Hawthorne Bridge Project, the 
Commission agreed to take care of the trolley bus traffic during the construc- 
tion period, however, no mention was made of the additional cost to carry 
streetcar traffic dvring such period, and to provide for such traffic would 
require the shifting of the conapany's tracks on the existing approach struc- 
ture and the installation of a pipe handrail. The extra cost of such rail 
over an ordinary timber rail, he said, is about $130.00. (He recommended that 
the liishway Comuission assume this exvense, provided the trustees of the 
streetcar line will assune the responsibility and cost of shifting the tracks 
to provide the necessary additional clearance. The Commission approved the 
recamwsendation. 


The Engineer reported that in connection with the proposed realign- 
ment of the Madras-Terrebonne Section of The Dalles-California Highway, in- 
quiry has been made of the U. S. Reclamation Service as to its plans with 
respect to the definite location of the irrigation canals, and it appears 
that nothing definite in this regard is available and the Reclamation Service 
is of the opinion that it will be at least two years before their work is 
sufficiently advanced to provide such information. He suggested, in view of 
the fact that the proposed highway improvement would be undertaken before the 
final plans of the Reclaaation Service have been adopted, that it would be 
advisable for the Canmission to proceed with the acquisition of the right of 
way needed for the highway. The Cannission approved the suggestion and auth- 
corized the Attorney to proceed with the securing of options for such right of 
way. 


letters were presented fran Messrs. Ed Potter, ‘Jateroan, Oregon, and 
George Dukek, attorney, Fossil, Oregon, requesting repairs to the bridge over 
the John Day River on the Service Creek-Mitchell Secondary Highway, so as to 
permit transportation thereover of loads weighing up to the legal weight limit, 
such bridge being now posted for a 10-ton limit. The Engineer advised that 
this bridge was built about 35 years ago and consists of timber and steel coan- 
bination spans; further, that the timbers are badly decayed and that three 
years ago certain repair work was done but it still is unsafe for loads weigh~ 
ing more than the limit for which it is posted. Ne also said that there is 
considerable traffic over the bridge, consisting of logging and lumber trucks, 
and that incident to the trucking of cattle and stock, and it is alleged that 
it w..1l be impossible to reduce the weight of the loads to the 10-ton limit. 


rov12 1949 
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The County Court of Jackson County, represented by County Judge J.B, 
Coleman and County Engineer Paul 5, Rynning, came before the Commission in the 
interests of the Little wutte Creek Secondary Highway. They renewed their pre~ 
vious request for the improvement of a 4-mile section of this highway beyond 
the Lake Creek Junction rather than the proposed extension of the improvement 
heretofore made on this highway west of this junction. The Commission took ' 
the matter under advisement, however, advised that it is questionable whether 
or not the Rderal Goverment would approve the project for federal secondary 
highway funds because it is beyond the limits of the agricultural district. 


A delegation from Deschutes County, consisting of the members of the 
County Court, Judge Charles L. allen and Canuissioners “dm. Baer and E. E. Var—~ 
co; M. A. Lynch of Redmond, and D. F Dvrsmid, Chief Engineer of the Oromite 
Conpany, came before the Cowiission relative to the improvenent of the county 
road between Terrebonne and Lower Bridge. They asked the Canmission to auth- 
orize a location survey of this road to determine a close estinate of cost of 
the work. They recalled that the Commission previously indicated that it would 
approve such project if the County would cooperate in the cost thereof and if 
the Oranite Canpany would rebuild its plant that was recently destroyed by fire. 
Judge Allen stated that the County would grade and surface the road and would 
contribute county funds in the anount of .5,000 to help defray the cost of the 
oiling; furthermore, would acquire right of wav as may be needed for the im- 
provement. 


ir, Dyrsnid advised that the Oronite Company has already awarded a 
contract for the rebuilding of its plant and has ordered equipment for the same 
from manufacturers in the East, so there is no uncertainty that the Highway 
Commission's requirewents will be met in that respect. The State Highway Engi- 
neer recommended that the Commission authorize the survey if the County Court 
and the Cramite Company will confirm their statements, in writing. Commission— 
ers Clough and Oliver approved the reccmmendation subject to confirmation by 
Chairman Cabell. (Ccmmissioner Cabell on the following day approved the action 
taken, thereby making the decision unanimous.) 


Judge allen then asked the Commission to oil the unoiled section of 
the Cline falls Secondary ‘iighway ncerth of the town of Tymalo. The Commission 
took the matter under advisement. 


The County Court of Klamath County, represented by County Judge U.E. 
Heeder and County Comsissicners Villiam F. 8, Chase and Jack E. Benner, and 
County Engineer Frank Z. Howard, was present and asked the Commission to con- 
duct snow removal operations on the Crescent Lake County Road from the Willa- 
mette lighway Junction to Crescent Lake so as to maintain travel over this road 
turing the winter season. They said that the road is isolated fron other Coun- 
ty roads and that the County could not do the work economically, hence their 
request; also, that the County would reimburse the State for the expense there- 
of. The Commission a,proved the request subject to the condition that the 
county Court will confima, in writing, its offer to reimburse the State for 
expenditures made in this connection. 
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that in the opinion of the Public Utilities Connissioner the street-car can— 
pany cannot be required to maintain the present service because of the expense 
thereof and the small return that it would receive. He recomended, in view 
of the circumstances, that the Connission authorize the expenditure of 
$10,000 for the purchase and installation of a motor generator set to convert 
the available alternating current energy to direct current. The Conmission 
approved the recommendation under the condition that the State of ‘iashington, 
joint owner of this bridge, will pay one-half the cost. 


The Canmission discussed the claim of J. E. Johnson, Milton, who 
allegeg that the operation by the State of a gravel pit near his residence 
property has caused the well which supplied water for donestic use in his 
hane, to dry up, necessitating the drilling of a new well at a cost of 
$105.00. He asked the Cannission to reimburse him for such expense. The 
Engineer advised that investigation of this matter reveals that the allega- 
tions of .r. Johnson are substantially correct. He recannended approval of 
the claim. The Canmission aporoved payment of the claim provided it is a 
legal expenditure of state funds. 


The Engineer rendered a brief report on profits and losses incurred 
by contractors on state highwav work during the past two vears which indicat- 
ed that the total net, profit realized by 4] contractors on 124 contract jobs 
during such period amaunted to only $765.00. The Canmission took no action 
on this natter. : 


The attorney reported the results of his efforts to secure rein- 
bursement from the City of HNoseturg for the cost of electrical energy to oper- 
ate the flashing beacon at the crossing of the Pacific Highway with the South- 
ern Pacific Railroad, in Roseburg. He advised that, as instructed tv the 
Comission, he contacted the City Attorney, Mr. i. L. dddy, relative thereto 
and ascertained that iir. Riddle, who appeared on behalf of the City at the 
Public Utilities Canmissioners hearing on this grade crossing matter when it 
was agreed that the City should pay the cost of operating this light, had no 
authority to bind the City in the matter, hence the City Council feels that 
it is not obligated to pay this expense. The attornev advised that while the 
City is morally obligated to pay such costs the dighwav Canzission has no way 
to collect if the city refuse» to do so. The Engineer suggested that the 
state pay the account but that an effort be made to secure the benefit of the 
city's electric light rate from the Power Company. The Commission approved 
the suggestion and so ordered. 


The Canmis-ion adjourned at 12:30 p. m. and reconvened at 1:30 p.m. 
in the same roan with the sane persons present and participating. 


A delegation was present from the town of Cottage Grove in regard 
to the closing of certain city streets that connect with the newly-construct- 
ed highway in this town, particularly the connections at 7th and Jefferson 
Streets and at Sth and “‘ashington Streets. The delegation was headed by Mr. 
i. %. Lombard, City Attorney, and included the followirg: L. 4. Coiner, City 
Recorder; Loren Schroeder, President, Chamber of Commerce; Jess Lansing, * 
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He recommended, in view of the circu stances, a temyorarv improve:ent to the 
structure, costing about $2,000, which would serve the purvose until the Con- 
wission is able to finance the construction of an entirely new bridge at this 
point, The Yanmission approved the recomnendation, 


The Comaission also discussed the repair of the Nehalem River Bridge 
on the county road at Elsie, in Clatso, Countv, The Engineer advised that this 
road, including the bridge, was used as a detour for state hiszhway traffic dur— 
ing the construction of the «olf Creek li.hway in this vicinity but state main- 
tenance of the bridge was stopped about lebruary lst of this vear, when the 
wolf Creek Highway was opened to travel; further, that the bridge was inspected 
by one of the sridge Engineers on June 27, 194., at which time there was no in- 
dication that there was any particular disintegration of the structure, but a 
more recent inspection made on Senptenber 27th revealed that the ends of several 
of the floor beans are in bad condition and that a number of the stringers are 
cracked rendering the structure unsafe for travel and necessitating the closing 
of the same to public use. Request has been made, he said, that the State re— 
pair this structure. «ae estiuated the cost of the new structure at $10,000 and 
the cost to rehabilitate the present structure so that it can be reopened to 
traffic at about $6,200. He recannended against any expenditure whatsoever be~ 
cause evidence shows that the bridge was in good condition when it was turned 
back to the County and that its condition at the present time is due to overload— 
ing by logging trucks since the County reasswied maintenance of the structure. 
The Com.ission concurred in the viewpoint of the Engineer and thereupon decided 
to let the satter rest in status quo unless and until the Clatsop County Court 
revives it. 


The Comnission discussed briefly ~atters »erteining to the reconstrue- 
tion of the Ochoco dighway between Prineville and Mitchell and decided that the 
persons inquiring as to the Comnuission's plans with respect to such improvement 
snould be informed that the Comnission intends to continue the inprovement fran 
the westerly end rather than from the Mitchell end. 


The matter cof »roviding electrical energy for overating the Interstate 

Sridge between Portland and Vancouver was discussed. The Engineer advised that 
for sany years electrical service for the operation of this bridge has been furn- 
ished by the rortland Llectric rower Company, this being possible by reason of 
the Company's facilities installed and operated in connection with its street-—ear 
service over this bridge. iowever, the street-car service has been stopped and 
the ccnpany wants to discontinue the service for the bridge overation and alleg- 
es that if it were to provide such service it would necessitate either the main- 
tenance of 8,000 feet or trolley wire, at a cost that is not justified, or the 
construction of new facilities, which are estinated to cost about $10,325. The 
notors for operating the movable span of the structure, he said, are all of the 
direct current type ard upon discontinuance of the service now rendered by the 
street-car company, no such current will be available and to replace them with 
alternating current motors would cost about 150,000, whereas, it would be pos- 

ille to convert the available alt:rnating current with a motor generator set 

it a cost of about ,10,U00, He referred to a letter fron T. 0. Russell, Chief 
ongineer for the rublic Utilities Camiissioner, in which‘ r. Russell advises 


that the Canmission will be pleased to give the arguments presented at this 
meeting fair consideration in the further discussion of the matter, but no 
decision can be given at this time because of Chairman Cabell's absence. 
told the delegation that it could expect an early decision. 


At 3:30 p. m. Commissioner Clough announced the following awards of 


contracts and sale of buildings for which bids were taken at the morning ses- 


such awards having been previously approved by the unanimous vote of 
annissioners present: 


“Lincoln County Line-Alsea Mountain “ock Production Project 
on the Alsea Highway, in Benton County. Furnish approximately 
8,000 cu. yds. crushed material in stock piles. F. C. Dillard of 
Eugene, sutmitted the low bid for this work, his bid being in the 
amount of $11,920.00. A. 0, “kstron of Portland, sutmitted the 
second-lLow bid in the amount of $12,800.10. There were 3 higher 
bidders. The Canmmission awards this contract to the low bidder, 
F, C, Villard, at his bid of 11,920.00. 


"Hug Point-Kanzanita Section of Oregon Coast Highway, in Clat- 
sop and Tillamook Vounties. 9.07 miles bituminous macadam surfac- 
ing. The low bid receive] for this project was that of Rogers Con- 
struction Cempany, Dayton, washington, in the sum of 9110,107.50. 
The next low bid was that of “isher Bros., Oregon City, in the 
amount of 110,351.00. There were 11 higher bidders. The Commis- 
sion awards this contract to Hogers Construction Conpany, the low 
bidder, at its bid of %110,107.50. 


"East Unit, Dixie Summit—dustin Section of the John Day High- 
way, in Grant Younty. 4.3 miles grading, surfacing and oiling. The 
low bid submitted for this work was that of Leonard & Slate, Multno- 
mah, in the anount of 3115,532.00. The next low bid was that of EB. 
L. Gates, Trail, in the amount of $125,236.75. There were 3 higher 
bidders. The Commission rejects all bids received on this project 
and has ordered it re-advertised. 


"Goose Rock bride Section of the John Day Highway, in Grant 
County. bridge construction over John Day River. C. J. Eldon of 
Portland sutmitted the low bid for this work, his bid being in the 
amount of $44,651.00. McNutt Eros., “ugene, sutmitted the second- 
low bid, in the amount of $45,125.50. There were 5 higher bidders. 
The Commission has rejected all bids for this work and has ordered 
the project re-advertised. 


“Sexton Mountain Section of the Pacific Highway, in Josephine 
County. 1.91 miles grading. The bid of McNutt hros., “ugene in the 
amount of $236,390.00, was the low one received for this work. That 
of M. L. O'Neil & Son, Eugene, was the second-low bid, being in the 
amount of 3239,261.00, There were 6 higher bidders. This project is 
awarded to the low bidders, McNutt Bros.,at their bid of $236,390.00. 


Yim. Thumb, George Mathews, W. L. Worknan, and Joseph Saflev, all city council- 
men; Mrs. Laura Turner; Mr. Fred E. Smith, attorney for the propertv owners; 
and sr. .rown and irs. Julia !rown. 


ky, Lonbard recited the historv of the Cottage Grove improvement 
case and particularly stated that the Citv Council, in adopting the resolu- 
tion approving the ‘lighwav Comrission's plans for the improvement-, had no 
idea that it was obligating itself by such resolution to vacate and close 
c-rtain streets entering the new highway, and would not have assujed any such 
obligation had it known that the highway improvenent was contingent upon such 
action by the council. He pointed out that, according to the citv charter, 
the city coyncil cannot act on the vacation of any street unless two-thirds of 
the property owners abutting on such street agree thereto and, in this instance, 
the people affected do not want the streets closed, Furthermore, the members 
of the city council, even if they had the authority, are not inclined to order 
tne closing of the streets in view of the objections offered by the local cit- 
izens, He urged the Connission to revise its Plans for this improvement so as 
to allow traffic to enter the highway at the points mentioned. ir. Smith read 
aloud a copy of the resolution which was adopted by the city on April 1, 1940, 
approving the Highway Commission's plans for this project. He gave as his le- 
gal opinion that the resolution does not bind the city or the property ovmers 
with respect to the closing of the streets and, in view thereof, asked the Can— 
mission to remove the barricades now in place, which barricades, he said, are 
causing all the trouble. He also said that the city would pay part of the costs 
involved. Mr. Brown stated that he is appearing before the Commission as a 
property owner and also as a representative of the Union Oil Company, with 
whem he is negotiating for the lease of his property, which is located at the 
intersection of 8th and “Jjashington Streets. The completion of the lease, he 
said, is being held up pending the Commission's final decision on the matter 
of the street closure. He urged an early decision in the matter and stated 
that he personally would be satisfied if only the Vashington Street connection 
were left open. ir. Schroeder stated that he was present at the conference 
when an agent of the State Highwav Commission told the citv council that the 
state would prepare necessary papers to secure the vacation of the streets un- 
der discussion but the State has not as vet fulfilled its obligation in that 
regard, His remarks were confirmed by Mr. Lansing. Ir. Thumb stated that, if 
the Cammission cannet see its way clear to leave all of these street connec— 
tions open, he would be satisfied if the Commission would allow one opening 
along Washington Street. He also endorsed the remarks of the other speakers. 


Mrs. Brown recannended the closing of all of the streets except 8th 


Street. .r. Lombard concluded the presentation by again urging the Commission 
to leave all of the streets open, 


Commissioner Clough closed the discussion by stating that the State 
Highway Commission is a public body and in making its decisions tries to be 
fair and equitable in every wav and to act in accordance with what it considers 
the best interests of the general public and, in this particular instance, it 
Was the opinion of the Commission that the closing of the streets in que stion 
was necessarv fren the standpoint of the general public safetv. He also said 
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"Building No. 7701 (formerly owned by Leavenworth Kyle), Fred 
W. Flynn, of Harbor, sutnitted the high bid for the purchase of 
this building, his bid being in the amount of 3110.00. Kenneth 
Dodd of “ugene sutmitted the next high, and only other bid, in the 
amount of »20.00. The Commission accepts the bid of Fred 9. Fivnn 
and sells this building to him at his high bid of 3110.00. 


"Building No. 7707 (formerly owned by Fanny T. Pedriole). The 
only bidder for the purchase of this building was Jin Jarvis of 
Brookings who bids for the salvae value only. This bid is re- 
jected by the Cannission. 


Buildings at harshfield: 


"Building No. 8086 (formerly owned by Lillian Wadden). Two 
bids were received for the purchase of this building, that of Ken-— 
neth Dodd of Eugene being the high one, in the amount of $106.55. 
Ed Lorsung, Marshfield, was the other bidder. His bid was in the 
amount of »76.00. The Cannission rejects both these bids. 


"huilding No. 8091 (formerly owned by G. .. Curtiss and Eliza 
E. Condron}. Cnly two bids were received for the purchase of this 
building, that of Glen “m. Curtis of Marshfield, being the high one, 
in the amount of $40.00 and that of Kenneth Dodd, Eugene, in the 
amount of $16.00, the second high. The Commission rejects both 
these bids. 


S t Si rit: 


“Building lic. 7183 (formerly owned by “mn. B. Norris). The 
only bid received for the purchase of this building was that of 
Kenneth Dodd, in the amount of $26.55. The Canmission sells this 
building to iir, Dodd at this price." 


Mir. Lawrence Nelson and his attorney, Irving C. Allen, Seaside, 
came before the Canmission and requested the reinstatement of Mr. Nelson's 
permit for truck hauling logs over state highways, which permit was previous— 
ly cancelled because of traffic law violations ccmmitted by Mr. Nelson, in- 
cluding the hauling of logs during the hours of darkness, the overloading of 
his truck, and failure to respect and obey certain orders given him by the 
State Police officer who caused his arrest. Wr. Allen stated that lr. Nel~ 
son's permit was revoked on October 3, some 6 weeks ago, and that his truck 
has not been in operation since that time, causing loss to him up to the 
present time of more than $1,000. It was his thought that lr. Nelson has 
been sufficiently penalized for this offense. After discussion, the Commis- 
sion authorized the reinstatenent of Mr. helson's permit under the condition 
that he would not violate the laws, rules and regulations again, and with 
the warning that if he is again arrested the penalty imposed will be more 
severe. 


“Forest Doundary—Cottonwood Creek Section of the Klamath Falls- 
Lakeview Highway, in Lake County. 4.3 miles grading, surfacing and 
oiling; also construction of two canposite type pile trestle bridges 
and three concrete culverts. The low bid received for this work was 
that of Jacobsen—Jensen Conpany, Portland, in the anount of 
327,173.00. The next low bid was that of E. C. Hall Company,Eugene, 
in the anount of §129,944.50. There were 6 higher bidders. All bids 
have been rejected on this project and the Commission has ordered it 
re-advertised. 


"Cottage Grove ection of the Pacific Highway, in Lane County, 
0.80 mile roadside improvenent. &, L. Gates, Trail, submitted the low 
bid for this project, in the amount of $2,811.50. Blair T. Alderman, 
Eugene, submitted the next low bid in the anount of $3,352.60. There 
were 2 higher bidders. The “commission awards this contract to the low 
bidder, E. L. Gates, at his bid of $2,911.50. 


"Nashville Lridge Section of the iddvville—Blodgett Secondarv 
Uighway, in Lincoln Sounty. [Fridge construction over the Yaquina 
itiver at ‘ashville. J. *. Johnston, ilewberg, submitted the low bid 
for this work, in the amount of $14,032.80. Edlefsen—Jeygandt Con—- 
pany, Portland, sutmitted the next low bid in the amount of 
$14,479.75. There were 9 higher bidders. This contract is awarded 
by the Commission to the low bidder, J. F, Johnston, at his bid of 
$14,032.80. 


"Barbur Boulevard—Boones Ferry Road Section of the West Port— 
land—Hubbard Highway, in i.ultnomah, Washington, and Clackamas Coun— 
ties. 3.55 miles grading and surfacing. Jacobsen—Jensen Company, 
Portland, submitted the low bid for this work, in the amount of 
$88,792.50. Leonard & Slate of Multnanah, submitted the next low 
bid in the amount of $91,424.00. There were 11 higher bidders. The 
Cawnission has referred all bids received for this work to the Engier 
neer with power to award the contract to the low bidder when cartain 
ecenditiofis have been fulfilled. 


“La Grande “ock Production Project on the Wallowa Lake and Old 
Oregon Trail dighways, in Union Yourty. Furnish approximately 8,000 
cu. vds. of crushed gravel in stock piles. D. C. & A. Le Williams, 
Condon, sutmitted the low bid for this work, with their bid of 
310,236.40. Hart Construction Canpany of La Grande, submitted the 
next Low bid, in the arount of 313,454.90. There were 5 higher bid- 
ders. This contract is awarded to D. C. and A. Le “lliams at their 
low bid of 310,236.40." 


Evildings at Brookin 


"Duilding .o. 7700 (formerly ovmed by [rookings Land & Townsite 
Co.pany). The only bid sutmitted for the purchase of this building 
was that of .enneth Dodd of Lugene, who bid .26.55. The Canmission 
rejects this bid. 


tion specified was June 30, 1940, although the work was not canpleted until 
July 17, 1940, resulting in extra engineering expense amounting to $380.13. 
In both instanees, he said, the Cannission granted extensions of tine sub- 
ject to payment by Norris bros. of the extra expense incurred bv the State 
for engineering supervision subsequent to the specified date of completion. 


Up, Rogers stated that Rogers Construction Company subcontracted 
certain work in connection with both of the-e jobs and the reason that thev 
failed to complete the projects within the specified time linit was due to the 
fact that thev encountered difficulties in connection with the Lick Creek- 
Salt Creek project which not only prevented their completing this job within 
the specified tine linit but also made it inpossible for them to move onto 
the other job and, as a result, they encountered bad weather. He urged the 
Canmission to reconsider previous action and to relieve them from payment of 
at least a portion of the penalty. The Engineer explained the purpose of 
the setting of a definite time for the conpletion of a project and the 
reasons why the Canmission feels it necessarv to exact a penalty fram the 
contractor fa@ overrunning the specified tine limit. He further stated that 
a study of the field engineer's reports on both of these jobs indicates that 
bad weather was not responsible for the contractor's failure to complete the 
projects on tine but, on the other hand, the reports do show that the con- 
tractor had difficulty in operating one of the quarries. He expressed the 
thought that the penalties imposed may be scnewhat excessive for jobs of 
this kind and recommended that they be reduced 50 per cent in each instance. 
Mr. Rogers expressed himself as satisfied with such canpranise, whereupon 
the Canmission approved the recemmendation and so ordered. 


Mr. Arch B. Sanders, Manager of the Coast Highway Association, was 
present and presented a resolution from the Association endorsing the policy 
of the Commission which prohibits the truck-hauling of logs on state high- 
wavs during Saturday afternoons, Sundavs, holidays, and during the hours of 
darkness. hir. Sanders also asked the Camnission to provide rest room facil- 
ities along the Oregon Coast Highwav at Otter Crest and Depoe Say, particu- 
larly at Depoe Bay where many people congregate. The matter was referred to 
the Engineer for investigation and report. 


hir. Sanders also sugzested that if the Commission has it in mind 
to coulete the reconstruction of the Oregon Coast Highway between Marshfield 
and liorth Bend in the near future, in his estimation, considerable saving in 
right of way costs could be realized if the right of wav were purchased now. 
de was inforned that this »roject has not advanced far enough to authorize 
right of way negotiations. 


The matter of reconstructing the Oregon Coast Highway through Gold 
Beach was also discussed briefly but no action was taken. 


Kr. I. C. Nealeigh, Oregon City, came before the Cammission and 
asked for the filling in of the highway right of way in front of his proper-— 
ty in slock 11, Oregon Vity, so as to eliminate the depression between his 
property and the highway. He said that he is not seeking an entrance to 


The following members of the Eugene Junior Chamber of Commerce were 
present and urged the Cammission to conduct snow removal operations on the Mc~ 
Kenzie [lighwav this winter up to a point known as Pole Bridge, for the benefit 
of winter sports enthusiasts: Hal G. Thompson, President; Ur. Norman Lee, and 
Robert Sweness. Mr. Thompson headed the group. He presented, in support of 
his oral arguments, a comnunication fron the ‘inter Sports Canmittee of the 
Junior Vhamber of Cameree urging the Camnission to spend for snow removal on 
this highway this winter at least as much as was spent for the same purpose 
last winter. itr. Sweness advised that their comiittee has made an exhaustive 
investigation for suitable skiing groynds adjacent to the Willamette Highway 
tut has been unsuccessful in finding anything that would serve the purpose 
within 6 miles of the highway and, unless the Canmission will keep the McKen— 
zie Highway open up to the point requested, they will be forced to either 
give up their snow sports or go excessive distances to other winter play- 
grounds. The Camnission deferred a decision in the matter pending considera- 
tion of its proposed state-wide snow removal program. 


Messrs. P. H. Sayre, 4urora, and Dr. C. P. Shewey, Canby, members 
of Aurora Post, American Legion, were present and inquired as to the possi- 
bilities of purchasing a small parcel of state-owned vroperty situate between 
the old and new routes of the Pacific Highway East just north of the Pudding 
River Lridge, aurora. Thev stated that Aurora Post is considering the con- 
struction of a Legion Home for the benefit of its members and they will need 
about one-half acre of ground for such purpose and that the tract above-de- 
scribed would suit their requirements admirably. The Engineer pointed out 
that the Commission has plans to revise the alignment of this highwav at this 
point when the proposed new bridge over the Pudding River is constructed and, 
in all probability, will need in connection therewith at least a portion of 
the ground desired by the Anerican Legion. He suggested, in view thereof, 
that the Commission defer its decision in the matter pending completion of 
the hishway project, when it will be known definitely just how much land 
there is available for disposal. ‘This arrangement was approved by all con- 
cerned and it was understood that the aurora Post, American Legion, wuld be 
given the first opportunity to purchase the tract when the highway work is 
done. 


Messrs. Donald Rogers of the Rogers Construction Company, highway 
contractors, and Russell Olsen, of Norris Bros., contractors, came before the 
Commission in regard to the penalty imposed by the Cawsission on Norris Bros. 
for failure to conplete two highway contracts within the time limit specified; 
viz., contract No. 2287 for surfacing and oiling the Lick Creek-salt Creek 
Section of Little Lutte Secondary Highway, in Jackson County, and contract No. 
2223, for surfacing and oiling the Butte Falls Section of Butte Falls County 
koad, in Jackson County. 


The Engineer advised that contract No. 2287 was awarded to Norris . 
Bros. on February 16, 1940, and the specified date of completion was July 31, 
1940, However, the work was not completed until October §, 1940, which re- 
sultec in the increase in engineering expense amounting to $842.85. Contract 
NOs 2223, he said, was awarded on September 22, 1939, and the date of canple- 
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ment ‘by him of Mr. Emil Waldkirch to operate the truck, with the understand- 
ing that two of the previous violations committed by Mr. Waldkirch should be 
charged to this equipment, in the event of future violations. 


The Commission adjourned at 6:00 pem. to reconvene at 8:00 p.m. in 
the Imperial Hotel. 


The Commission reconvened at 8:00 p.m. in Roan 415, Imperial Hotel, 
with all members, the State Highway Engineer, the Attorney, and the Secre- 
tary present. 


The Commission discussed the employment of lir. Samuel Lancaster 
and decided, in view of the fact that Mr. Lancaster's services cannot be 
used to good advantage on account of his age and health, that there was no 
justification for continuing him on the State's payroll and it was ordered 
that his services be terminated. 


The Assistant Attorney reported the status of the right of way 
budget for 1940, stating that of the $600,000 which the Commission budget— 
ed for expenditure for real property purchases this year, $356,450.00 has 
been obligated and it appears that the expenditures for such purposes this 
year will not exceed the amount of the budget. 


The Commission approved the minutes of the meetings held on June 
13 and 14, June 20, July 18 and 19, August 16 to 23, incl., and September 
30 to October 4, 1940, inclusive. 


The Attorney requested authority to purchase certain parcels of 
real property that are needed for various highway improvements throughout 
the State. He submitted a list of such properties together with prices that 
he recommended be paid for each, After careful consideration the Commission 
approved the request and, by unanimous vote, adopted the following resolu- 
tion with regard thereto: 


WHEREAS, in connection with the further improvement of 
the highways hereinafter designated, it is and has been necessary 
to acquire property for right of way, quarry sites, gravel or other 
material sites, or sites for the storage of materials, as herein- 
after more definitely set forth, and 


WHEREAS, as a result of negotiations carried on with the 
owners of the property required, options have been obtained, which 
options have been considered by the Commission, outlining the bases 
of settlement which have been agreed upon, and 


WHEREAS, it is the judgnent of the Commission that the 
said options should be approved and accepted, and/or the said re~ 
ports be declared acceptable to the State Highway Commission as 
bases of settlement for the properties involved, and that the ac— 
quisition of the properties should be completed: 


the highway, inasmuch as he now has a connection via an existing allev, but 
he has a buver for his prozerty who intends to erect a two-story, fire-proof 
building and the filling in of the highwav in front of it would make for a 
more attractive appearance. He also agreed to furnish material for the fill 
if the State would do the construction work. The matter was referred by the 
Commission to Chairman Cabell with power to act. Mr. Nealeigh agreed to 
write the Canmission and state fully all the facts in the case so that the 
Commission would know clearlv just what he wants done. 


A delegation fron Albany, representing the city council and consist- 
ing of Messrs. Victor Olliver, city attorney; A, B, Coates and Fred Forrester, 
city councilmen; G. H. Junkin, superintendent of streets, and Mr. Clark, log 
hauler, came before the Cemaission with regard to the routing of logging 
trucks through the city to dumps in the “illamette River. Mr. Olliver headed 
the group. lie said that continuous heavy pounding that is being given their 
city streets by logging trucks is causing considerable damage and that the 
city is unable financially to pay the cost to maintain them, hence thev feel 
that the State should take over these streets as state highway routes and as- 
sume saintenance obligations. He particularly referred to Lvons Street fron 
the new highway to the dumps at the foot of this street and at the foot of 
hontganerv Street; First Street fron Ellsworth Street to Main Street, and 
Main Street from First Street to a connection with the new highway near 8th 
Street. The Engineer advised that the Cammission has not vet abandoned First 
Street and ‘ain Street as the state highway route, hence such streets are 
still under state maintenance. He recommended that Lyons Street fran the new 
highway to First Street te designated an alternate state highway route if the 
city will adopt an ordinance making this a through street requiring traffic 
to stop before entering the same, which is in conformity with the Cannission's 
policy with regard to such matters. He pointed out that a designation of 
Lyons Street as a state highway route would require the installation of a 
flashing beacon at its intersection with First Street for the protection of 
traffic. after considerable discussion, the delegation stated its approval 
of the arrangement suggested by the Engineer and agreed to have the necessary 
ordinance adopted at the next council meeting with respect to both the desig- 
nation of Lyons Street as a through street and the installation of the beacon 
toward which the city will contribute one-half the cost. 


kr. Jess Dawes, Gladstone, came before the Commission and requested 
authority to transport logs over certain state highways in the vicinity of 
Molalla. He explained that he has purchased the truck of a Mr. Emil Wald- 
kirch whose log hauling permit was cancelled by the Public Utilities Canmis-— 
sioner upon request of the State Highway Commission on account of violation 
of traffic laws, and he expects to engage in the business of log hauling him- 
self. However, request for a permit to transport extra long loads, using Mr. 
“aidkirch's equipment, and the engaging of Mr. Waldkirch as the driver of the 
same, has been refused on the grounds that the Commission is penalizing the 
equipment as well as the owner of the same. He said that the purchase cf Mr. 
Waldkirch's equipment by him is a bona fide transaction and is not simply for 
the purpose of avoiding the penalty imposed, After considerable discussion, 
the Commission approved the granting of the permit to llr, Dawes and the employ~ 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 
Olney sect ew 
8553-uecCoy, John E. Scale 0.81 Gratis Eason 
Site 
Vernon st Sect 
@216—Clark and Wilson Lbr.Co.Stock Pile 2.01 $25.00 per a. : 
(Correetion) 
iultnemah County Line-scappoose section-—Columbia River Highway 
8327-Pomeroy, Clay J. i 0.07 £200 per a.+ $277 McChesney 
8319-Kaschke, Blanche R/W 0.10 g200 per a.+ $102 « 
8320-Milier, C. H. RAI 0.04 $200 per a.+ $12 " 
8321-Liller, C. H. RAV 0.05 §200 per a.+ $63 . 
8182-Frakes, G. E. RAV 3.7 8200 per a.+ $410 « 
8342-Uhlman, Fredrick R/T 0.22 $500 per a.+ $15 " 
8324-Parke, Roy RAW 0.16 §200 per a.+ $388 " 
8318-Saxton, Charles RAW 0.10 $200 per a.+ $30 ° 
8347-Seappoose, City of RAi =—s-:« 12, 600: sq. ft. $75 Lump Sum ® 
8354-Larsen, Aaron Bb. RA 292 sq. ft.5¢ sq.ft. « 
8322—iienze, Henry J. RA 0.20 $200 per a.+ $439 bd 
$339-Stasna, August RA! 1.33 2200 per a.+ $1734 + 
moving bldg.etc. 
(Est'd at 4450) " 
8346-2utler, Anna RAI 3050 sq. ft.2¢ sq.ft.+ ¥314 n 
8325-Allen, Eva hi. RA: 0,09 5200 per a.+ 440 " 
8348-lovak, Joe RA: 2614 sq. ft.3¢ sq.ft.+ $71.60 " 
8343-kocarnik, Louis C. and R/\i 1307 sq.ft.2¢ sq.ft.+ 14 « 
Riley, Leon 
8352-Holstine, T. V. RAt 2000 sq.ft.5¢ sq.ft. " 
8330-Koutek, Alois RAI 0.32 «200 per a.+ 996 « 
8328~—Koutek, Alois RAW 1.26 $200 per a.+ $1348 ° 
8341-Turner, G.B. Estate R/i 9583 sq.ft.2¢ sq.ft.+ 9808.34 " 
8349-Novak, Frank R/Wi 2178 sq.ft.5¢ sq.ft.+ 41391.10 " 
8344-Watts Estate RAi 2614 aq.ft.5¢ sq.ft. " =F 
8345—-Hein, H. A. RAW =—s- 2613.6. 8q.ft.2¢ sq.ft.+ $197.73" e) 
8333-Parish, St. Wenceslaus R/V 0.17 $200 per a.+ ¥66 ® a 
Hehales Spit Section-Oregon Coast ae 
7;l6-Turner, Julia Park 2 lots ylO each - State to % 
pay taxes (Est'd 15) Martin ee | 
7320-Abendroth, F,. Park 1 lot $10 — State to pay a 
taxes (Est'd. 22¢ + ot} 
2 recording fees) * “i 
7315-Heinges, Nick J. Park 1 lot gl0 Lump sun + taxes " a | 
Ramsey-blalock Section-C River Highwa ; 
2399-Helms, Jas, H. Estate W,haul 0.66 ¥100 per a. Landon 
road,stock 1.96 220 per a. 
pile site 2.@2 + 
(Continued on next page) & 
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NOW, THEREFORE, BE IT RESOLVED that the several offers, or ' 
bases of settlement hereinafter enumerated be, and the same hereby are, 
approved and accepted, and that the Attorney for the State Highway 
Commission be, and he hereby is instructed to cannlete the acquisi- 
tion of the said properties and to take title thereto in the name of 
the State of Oregon. The said properties hereby ordered and author- 
ized to be acquired are as follows: 


Section, iivy., and Owner Purpose Acres Approximate Amounts Agent 


West Portland-Tualatin Section-West Portland—Hubbard ili 
4819-7-liyers, Murray W. 1.122 $200 per a.+.§225 + : 
drilling well Benson 


4826-Bredemeyer, Edw. N. RA 0.87 200 per a.+ $356 " 
4828-Lane, Gail \ 0.207 w2CO per a.+ 418.60 bd 
4820-482l-tioles, Stella i. R/V 2.08 e200 per a.+ «2084 + 
moving bldg.& drilling 
wells (Est'd 41500) * 
4033-Kaden, Wm. F. RAW 0.379 $200 Lump Sum " 
4830-Lauer, Arthur E, RAW 0.773 4200 per a,+ $100 " 
4838—Jacobson, Oscar RAW 1.30 $200 per a.+ 4200 7 
4839-Blunt, Alfred I. RAT 2.55 v150 per a. " 
L4623iade, W. H. RAI 0.873 ¥150 per a. ° 
4822-Lindholm, Oscar WW. RA 0.20 $150 per a.+ £20 * 
4831-shultz, Vincent R. RA 0,405 4200 per a.+ $160 + 
moving bldg. (Est..750) " 
4832-Hermsen, Ivan J. RAV 1.14 4300 per a.+ $1097 + 
low moving bldgs.(Est. " 
600) 
4835-Brock, Opal Alma RAN 0.455 4150 per a.+ 481.75 
4082-A Geiger, Jeanette E. W 0.08 %40 Lump Sun 
Sunset Tunnel-buxton Section-Wolf Creek ilighway 
8472-Boos, E. J. amd Henry Easement 80.0 To prospect for rock 
#1.00 Lump Sun licChesney 
8474-Gribner, Edward et al Easement 160.0 To prospect for rock . 
i wl.00 Lump Sun 
8475-Washington County Easement 120.0 To prospect for rock 
$1.00 Lump Sum " 
Manning-Davis Section-wolf Creek Highway 
8557-Gaddy, iarion RA 2434 %450.00 Lump Sum e 
Davies—Vadis Section-olf Creek Highway 
6276-(Lester) Sell RAi 1,68 v150 per a.+ $792.40 " 
Houlton-Warren Section—Columbia River H 
7433-Turnham, W. G. RAV 2162 sq.fte 3¢ sq.ft. + $95.14 " 


( 


Section, Hwy. and Owner 
Slo tion-5 4 


8434-Thompson, Martin 0. 
8436-Grave, Estate Ruma T. 


6428-Strang, Earl 0. 


8458-Loe, Alfred 0, 
8429-C.D.Johnson Lbr.Corp. 


Purpose 


Ri 


RAI 


RAs 


Easement 


8430-Murray, Hugh and 
Richards, John I. 


8438-Gray, Frank C. 
8448-Riggs, H. He 
8452-Preston, ke ve 
8449-Jenkins, Ray L. 
8450-Abraham, Guy 
8450A-Lingo, Jerry and 
Abraham, 

8453-Larsen, Christian 
€006-Dickenson, Lee L. 


8454-C.D.Johnson Lbr.Corp, Eas 

56674-C.D.Johnson Lbr.Corp. 

5667-C.D.Johnson Lbr,.Corp. 
(Correction) 

8433-Erickson, Emma 

8427-Dudley, G. J. 

8451-Judd, Edith 

8428h-Miles, C. E. 

8428D-Strang, E.0. 


8428C-Allen, Alex 

566@-Bahrke, Eric 

8428b-Bahrke, Eric 

8457A-Stiffler, A. Me and 
JW. (Bryant estate) 

8456-Brassfield, Jessie 

8455-Logan, John — John 
Logan Estate 


(Continued on next page) 
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Approximate Amounts Agent 


$25 per a.+ $35 Parker 
0.23 a. at $200 pera. " 
0.71 a. at {10 per a. 

+ $46.50 

1.0 a, at $100 per a. 

1.25 a. at 125 Lump 

Sun + 9956 

3200 per a. + 58.50 


Slope 3223 sq.ft. $1.00 Lump Sum 


0.13 a. at ¥100 per a. 
0.98 a. at £25 per a. 
0.14 a. at 41 Lump Sm 
+ $5 fencing 

¥25 per a. 

$5.00 Lump Sum 

$5.00 Lump ovum 

91.00 Lump Sun 

95-00 Lump oun 

$5.00 Lump Sum 


$100 per a. + 9140.75 
Land 42 Lump Sum + 
fencing $64.50 


sq.ft.$1.00 Lump Sum 


$1.00 Lump Sum 
$1.00 Luap Sun 


$25 per a. 

25 per a. 

$5 Lump Sum 

$100 per a.+ $38.25 
~100 per a.+ fencing 
$10.88 

yl00 per a.+ fencing 
275 

Moving 22 rods fence - 
916.50 

vl00 per a.+ moving 
fence ¥31.50, + moving 
radio pole 


60 sq.ft. $5 Lump Sm 


0.41 
2.28 


$200 per a.+ ,268 
$100 per a.+ fencing 
$168 


Agent 


Section, Hwy. and Owner Purpose Acres Approximate Amounts 


(kamsey-blalock section-—Columbia River Highway, ¢ontinued) 
8402-Walters, Frank and Talus Pit. 2.53 2-yr. lease, $10 + Landon 
Shane, A. C. fencing 5.50 
8400-Erickson, Fred R/t 4073 $100 per a.+ fencing " 
$165.50 | 


Quartz Creek-Bear Creek on’ ms Creek Highway 
7043-Ruth Realty Canpany ; Authority to fell Parker 


danger trees. Gratis 


North Bend hfield 5 
8073-Arnis, G. P. and tT, 1075 sq.ft. 10¢ sq.ft. Collins 
Shamonis, Tom 
9059-Mayer, Elva RA! 1696 * 10¢ sq.ft. * 
8067-Bowe, Thos. RAT 4252 * 15¢ sq.ft. " 
8071-Lloyd, T. J. RAZ ..2375 * 7.36¢ sq.ft.+ payment “ 
(Correction) by State of 1940 taxes 
(Est. 98) 
8072-Lloyd, Annie E. RAW 80.2375” 7.36¢ sq.ft.+ payment " 
Correction) by State of 1940 taxes 
(Est. $8) 
Coquille Section-Oregon Coast Highway 
8508-Alley, Lena V. Easement 8&8 " Gratis Lytle 


brookings Section-Oregon Coast Highwa 

7704-Chadwick, Helen Louise R/W For cancellation of lease - state Collins 
to give title of restaurant bldg. 
& fixtures to Helen Louise Chad- 
wick, who will remove bldg. from R/ii. 
(Estimated Salvage value $300) 

7705-Hoar, Ed R/i ~—s Low bid for removing service sta- n 
tion equipment from RAi (Lots 1 & 2, 
Block 15, Hrookings) - $290 


7TlO-weter, H. P. R/¥  =—s-:1851 sq.ft. Gratis + moving bidgs. " 
(Correction) $1310, low bid 

8548-Lrookings Land & Town- 
site Company Stock Pile 1.29 9200 Lump Sun Lytle 

7703-Harris, Jas. A. R/i 2022 sq.ft. Land Gratis + $1381 Collins 
(Correction) 


Black Canyon-Oakridge Section-Willamette Highway 
8511-Kraus, Lena Stock Pile 1.0 $100 per a.+ fencing Lytle 


8437-Grave, W. ki. 


0.78 w200 per a.+ $96.50 Parker 
8432-St.Clair, Geo. L. RAI 0.82 $25 per a.+ $85.15 " 
8431-liurty, Ralph RAV 0.52 $25 per a.+ $17.50 fee " 


F.H,A. loan 
(Continued on next page) 


Section, Hwy. and Owner 


Purpose Acres 


Approximate Amounts Agent 


8 >» Everett J. and Stock 1.2 00 per a.+ $23.50 Landon 


Giebela, Eva Hawke Pile 


Se Sect: c Hi 
8370-Chilcott, Sidney E. 38.95 


k J Creek Sect 


8010-“ionahan, John J. Quarry 3.14 


Rhea C Sect 
7534-Wright, Harold A. 


7533-Rugg, Edward E. 
(Correction) 


Sect 


Uy. Cc 
8549-Settlemeyer, Jacob Stock 
Pile 


<im ber. Sect ionunent 


7925-Murphy, Elizabeth C. 


7923-Vinson, Elza H. 


t—Kimber 
8397—Batty, J. N. 


Section-~lionument Hi 
& 19.31 
Filler Pit 


G Lake 
8500-Friswold, Iva Stock Pile 1.0 
8501-Zurbrick, Elva ™ ° 1.0 
8499-Pioneer Flouring hill Gravel Pit 5,59 

Company & Haul Rd. 0,16 
5.75 


$1789.50 Lump Sun for " 
land + fencing 75 + 
$22.50 


—Wasco—He r 


Lease for road mat- Gardiner 
erials - ,100 Lump 
sum - 1 yr. lease 


21.00 per acre 


95-00 per acre 
9100.00 per acre,+ 
fencing $52.50 


$5.00 per a. + fenc- 
in ~152.50 

95.00 per a. 

y100.00 per a.+ 

9637 50 


11.35 a. at $5 per a. " 
5.26 a. at $10 per a. 
2.7 a. at $100 per a. 


$125 per a. + [25 
wl00 per a. 

$75 per a, . 
Gratis 


Landon 
n 
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Section, Hwy, and Owner Purpose Acres Approximate Amounts Agent 


D Slo Sect Siletz ik cont ) 
8457B-Fosard, M. L. & lary 200 sq.ft. 5¢ sq. ft.+ $140 Parker 
Alice Bryant Estate 
8435-Dean, E. L. et al RAW 1.93 0.65 a. at $200 per a. * 
1.28 a, at $10 per a. 
+ $200 


Siletz Ray-Newnort -) ate tenet Coast Highway 

4054-Siletz Investment Cammany R/W 4.19 2.02 a. at 300 per a. 
8 lots at $175 per lot 
4 lots at ,137.50 per 


lot ifeCallister 
4055-Carey, W. F. and Val E. RA 1.48 300 per a. “ 
Nashville section: le-Blodgett Hig 
8556—-Hogevoll, Sen 4, W 0.20 0.09 a. at 4100 per a. 

1800 sq.ft. minus 2¢ sq.ft. 

0.05 a. at .25 per a.+ 

$55 Parker 
Albany Section-Pacific Highway East 
5834-Dailey, Frank F. Grade Damage to 85 feet - on 

Change acct.change in grade 

$1.0u front foot Gardiner 

7186-Bramley, Gertrude and Grade Damage acct.grade change 
LicLeod, Gertrude Change y100, credit payment of 


$25 previously made * 
Albany-Lebanon Secticon-Santiam Highway 


8470-steckley, Daniel Seale 0.47 $150 Lump Sum for land, 
Site + $3575 . 


Willamette Street-Augusta Street Section—Pacific Highw E 
7559-Hollenbeck, Rose li. RAW and 
Easement 601 sq.ft. At 30¢ sq.ft.+ $462 Parker 


Grants Pass-Medford Section-Pacific dighway 


8478-Gold Ray Realty Co. Stock 0.98 3 year lease - $3 Lytle 
Pile per year 
Slalock-srlington Section-Columbia River Highway 
8386-Erickson, Fred J. Gravel 3.29 10 yr.lease at ¥5 per 
Pit yr. Gardiner 
8387-Woelpern, ii. F. Quarry 3434 $5 per a. * 
endleton-Adams Section-Oregon-Was on_dizhwa 
5908-Bemus, Pauline F. R/i 10.78 $125 per a.+ $2239.5C Parker 
59U9-Adams, Susan F. RAI 7.72 $125 per a.+ $1149.00 " 


5884ihite, Charles L. RAi 0.045 $1,000 per a.+ $305 * 


Section, Hwy, and Owner Area Approximate Amounts Agent 


Front oject-Portland Section-Pacific ii, West continued) 

7974-Page Investment Canupany 11,661 sq.ft. 327 5046.56 MeCallister 
and Estelle hisner 

7976-buttels, Jesse and 5,792 10,000.00 Ms 
James W. 

7977-Webb, liary E. 

7984-Cabell, Henry F. et al 

7985A-The Reed Institute 

7992-licMahon, L. T. 

7994-Dolph, John hi. 

7994a-Thoampson, D. P. Company 

7994B-Dolph, John N. 

7996-Stark—Davis Company 

8002-Johnson, RK. ¥. J. 

8004-Burke, H.R. and Isabel 

8006—Crumpacker, Cully C. and 
Menefee, Cornelia C. 

8007-Dodd, Corinth E. 

8011-The Spalding Company 

8014-Pioneer Real Estate Co. 


8015-Couch, Caroline, Inc., 

Estate 
3016-Lewis Investment Canpany 9,925.00 
3017-Flanders, Inc,, Estate 35,675.00 


8020-Ore.-Washington RR & 61,840 48,325.00 
Navigation 

8020-Ore, Washington RR & 3,587250 
Navigation 

8001-Ore.-Washington RR & 73,325.00 
Navigation 

8018-Southern Pacific Canpany 31,671.00 

8019-Portland Gas & Coke Co. 43,243 35,135.00 

7970-Public Market Company of 122,761 61,576.60 
Portland 


The Attorney requested authority to condemn certain parcels of real 
property that are needed for various highway improvements and recommended the 
following offers for purposes of condemnation: 


Recammended 
e se ed ffer 


C. R. Gillette $ 200.00 


Sarah Agnes Young 4,250.00 
Rosa Goldberg 240.00 


(Continued on next page) 
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cection, Hwy. and Owner Purpose Acres Approximate Amounts Agent 


Cr t ction-Wallowa H. 
£392-Bowman—Hicks Lumber Co. N 4-7 $4 per acre Gardiner 
Ironside-brogan Section-John Day Highway 
8441-Eastern Oregon Land Co, Quarry 0.61 $100 Lump Sum ® 
v The Attorney also requested authority to purchase certain properties 


that are needed as right of way for the proposed Front Avenue project in Port- 
land. After careful consideration, the Cammission approved the request and, 
by unanimous vote, adovted the following resolution pertaining thereto: 


WHEREAS, in connection with the further improvement of the 
highways hereinafter designated, it is and has been necessary to ac-— 
quire property for right of way, quarry sites, gravel or other mat- 
erial sites, or sites for the storage of materials, as hereinafter 
more definitely set forth, and 


WHEREAS, as a result of negotiations carried on with the 
omers of the property required, options have been obtained, which 
options have been considered by the Canmission, outlining the bases 
of settlement which have been agreed upon, and 


WHEREAS, it is the judgment of the Commission that the 
Said options should be approved and accepted, and/or the said re- 
ports be declared acceptable to the State Highway Commission as 
bases of settlement for the properties involved, and that the ac- 
quisition of the properties should be completed: 


NOW, THEREFORE, BE IT RESOLVED that the several offers ;or 
bases of settlement hereinafter enumerated be, and the same hereby 
are, approved and accepted, and that the Attorney for the State 
Highway Commission be, and he hereby is instructed to canplete the 
acquisition of the said properties and to take title thereto in the 
name of the State of Oregon. The said properties hereby ordered and 
authorized to be acquired are as follows: 


Section, liwy. and Omer Area Approximate Amounts Agent 

Front Avenue Project-Portland Secti Pacific Highway West 

7963-Portland Trust & Savings Bank 70,750 sq.ft. 67,275.00 McCallister 
7964-Portland Trust & Savings Bank 44,084 ° ® 30,764.25 " 

7965—Larde Steel Company 14,166 " 28,325.00 , 
7966-Bissinger, Adolph, Heirs 19,286 4 24,025.00 - | 
7967—Jem Investment Company 13,188 10,987.50 * | 
7969-stephens, Mrs. H. L., Heirs 6,825 " 5,357.50 ° | 
7971-Fuller, W. P. Company 22,757 ™ 61,948.00 " 

7973-ieier, Allen E, 22,642 44,462.00 " 

(Continued on next page) : 


the several parcels of real property hereinafter described are each 
md all necessary for the accomplishment of the purposes hereinsfter 
expressly and specifically set forth, which said real properties and 
the specific purposes for which the same are being acquired are de 
scribed as follows, to-wit: : 


Real property owned by the heirs of Sarah Agnes Young,de— 
ceased, which property is located in the northeast quarter 
(NEq) of the southeast quarter (SE%) of Section 36, Township 1 
South, Range 1 West, ii.M., Washington County, Oregon, which 
property is more particularly described on the attached sheet 
and designated as Parcel No. 1 and is further identified in 
the records of the Hig Commission as file R 3645, and which 
property is being acq for right of way pyrposes in connec- 
tion with the West Portland—Tualatin Section of the West Port- 
land-Hubbard Highway; 


Real property owned by Rosa Goldberg, which property is 
located in Lots 19 to 26, inclusive, Block 15, West Portlmd 
Heights, ‘iashington County, Oregon, which property is more 
particularly described on the attached sheet and designated as 
Parcel No, 2 and is further identified in the records of the 
Highway Commission as file R 5475, and which property is being 
acquired for right of way purposes in connection with the West 
Portland-Tualatin Section of the West Portland-Hubbard Highway;+* 


Real property owned by Wm. R. Lacey, which property is 
located in Block 5, Lake Forest, in Section 7, Township 2 
South, Range 1 East, li. hin, Clackamas County, Oregon, which 
property is more particularly described on the attached sheet 
and designated as Parcels Nos. 3, 4, and 5 and is further iden- 
tified in the records of the Highway Commission as files R 4643 
and R 4084, and which property is being acquired for right of 
way purposes in connection with the West Portlaid—Tualatin Sec- 
tion of the West Portland-Hubbard Highway;* 


Real property owned by S. H. Forshaw, which property is 
located in Lot 8, Kable Acres, situated in Section 12, Tom- 
ship 2 South, Range 1 West, W. M., Washington County, Oregon, 
which property is more particularly described on the attached 
sheet and designated as Parcel No. 6 and is further identified 
in the records of the Highway Cammission as file R 4086, and 
which property is being acquired for right of way purposes in 
connection with the West Portland—Tualatin Section of the West 
Portland—Hubbard Highway;* 


Real property owned by Paul Studensky md Esther Studen— 
sky, which property is located in Lot 80, Tualatin Valley Hames, 
of Section 13, Township 2 South, Range 1 West, W. Mey Washing-— 
ton County, Oregon, which property is more particularly describ- 
ed on the attached sheet and designated as Parcel No. 7 and is 


Ww. R. Lacey ) RAW $ 170,00 
W. Re. Lacey ) bs 290,00 
S. H. Forshaw : tee 
Jd. H. Davies e 

John W, Roppel ” 28,75 
R. A. Dorcheus * : Pp 
Bessie rt , * 

Cc. 0. Ye ceil . 1,000.00 
Alberta L. Thomas s 135.00 
G. F. Neff and E. A. Newton " 450.00 
School District No, 1 ° 441.20 
First Congregational Church ° 450.00 
Union High School District No. 4" 239.83 
Elwood W, Roberts " 46.30 
H. H, Harker " 1,635.00 
Roy Earwood " 1,543.50 
Mike hicCabe " 1,244.20 
Paul Studenski " 220.00 


The Commission approved the request and, by unanimous vote, adopted 


the following resolution covering the matter: 


WHEREAS, the State Highway Commission under the provisions 
of Chapter 529, Oregon Laws, 1939, is authorized to locate, relocate, 
construct, reconstruct, maintain, widen, straighten, and otherwise 
improve state highways, both primary and secondary, md said Commis- 
sion is also authorized to construct shops, equipment sheds, office 
buildings, maintenance sites, patrolmen accomodations, ami snow fenc- 
es, and is aithorized to acquire quarry sites, gravel pits, storage 
sites, stockpile sites, weighing stations, md broadcasting stations, 
ad is further authorized to develop, construct, improve, operate, 
and maintain parks, parking places, auto camps, camp sites, roadside 
development, recreational grounds or resorts, and other places of at— 
traction and scenic value; and 


WHEHEAS, said Highway Commission is authorized to acquire 
by purchase, agreement, donation, or by the exercise of the power of 
eminent domain real property, or any interest therein, necessary or 
deemed by the Highway Commissicn necessary for the accomplishment of 
any nd all of the foregoing things; and 


WHEREAS, in the judgment of the Highway Commission the sev- 
eral tracts or parcels of land hereinafter described are each and all 


necessary for the specific and particular purposes hereinafter speci-~ 
fically set forth; 


NOW, THEREFORE, BE IT AND IT HEREDY IS RESOLVED by the State 
Highway Cammission as follows: 


1. That the Commission does hereby find and declare that 
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Scappoose Section of the Columbia River Highway;* 


Real property owned by Alberta L, Thomas and Herbert 
Thomas, which property is located in the southeast quarter 
(SE ) of Section 24, Township 3 North, Range > West, W.M., 
Columbia County, Oregon, which property is more particular~ 
ly described on the attached sheet and designated as Parcels 
Nos. 13 and 14 and is further identified in the records of 
the Highvy Commission as file R 8323, and which property is 
being acquired for right of way purposes in connection with 
the Multnomah County Line-Scappoose Section of the Columbis 
River Highway;* 


Real property owned by G. F, Neff and Anna Neff, which 
property is located in the southwest querter (S%j) of the 
southeast quarter (SE) of Section 13, Township 3 North, Range 
2 Vest, VI. ., Columbia County, Oregon, which property is more 
particularly described on the attached sheet and designated as 
Parcel No. 15 and is further identified in the records of the 
Highway Commission as file R 8389, and which property is being 
acquired for right of way purposes in connection with the Kiult- 
nomeh County Line-Scappoose Section of the Columbia River High- 
way 3* 


Resl property owned by The Board of Directors of School 
District No. 1 Joint of Columbia and Multnomah Counties, which 
property is located in the southrest quarter {S"}) of the 
southeast quarter (SE}) of Section 12, Township 4 North, Range 
2 Fest, W. id.) Columbia County, Oregon, which property is more 
particularly described on the attached sheet and designated as 
Parcel No. 16 and is further identified in the records of the 
Highway Commission as file R 8350, and which property is being 
acouired for right of way purposes in connection with the Mult- 
nomah County Line-Scappoose Section of the Columbia River High- 


way 5* 


Real property owned by Union High School District No. 4 of 
Columbia County, Oregon, which property is located in Block 1 
of Wathome Addition to Scappoose, in Section 12, Township 3 
North, Range 2 West, W, it., Columbia County, Oregon, which pro- 
perty is more particularly described on the attached sheet and 
designated as Parcel No. 17 and is further identified in the 
records of the Highway Commission as file R 8351, and which 
property is being acquired for right of way purposes in connec- 
tion with the Myltnomah County Line-Scappoose Section of the 
Columbia River Highway ;* 


Real property owned by First Congregational Church of Scap- 
poose, which property is located in Wathome Addition to Scappoose, 
situated in Section 12, Township 3 North, Range 2 Nest, W. u., 
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further identified in the records of the Highway Commission as 
file R 4827, and which property is being acquired for right of 
way es in connection with the West Portland-Tualatin Sec- 
tion of the west Portland-Hubbard Highway;* 


Real property owned by John H. Davies, which property is 
located in Lot 4, Block 25, West Portland Heights, Washington 
County, Oregon, which property is more particularly described 
on the attached sheet and designated as Parcel No, 8 and is 
further identified in the records of the Highway Commission as 
file R 5478, and which property is being acquired for right of 
way purposes in connection with the West Portland-Tualatin Sec- 
tion of the West Portland—Hubbard Highway;* 


Real property owned by John W. Roppel, which property is 
located in Lot 3, Block 25, West Portland Heights, Washington 
County, Oregon, which property is more particularly described 
on the attached sheet and designated as Parcel No. 9 and is 
further identified in the records of the Highway Cammission as 
file R 7222, and which property is be acquired for right of 
way purposes in connection with the West Portland-Tualatin Sec- 
tion of the West Sortland-Hubbard Highway;* 


Real property owned by Robert A, Dorcheus and Mildred Dor— 
cheus, which property is located in Lot 6, Block 5, Lake Forest, 
in Section 7, Township 2 South, Range 1 East, W, li., Clackamas 
County, Oregon, which property is more particularly described 
on the attached sheet and designated as Parcel No, 10 and is 
further identified in the records of the Highway Commission as 
file R 6712, and which property is being acquired for right of 
way purposes in connection with the west Portland-Tualatin Sec- 
tion of the West Portland-Hubbard His hway;* 


Real property owned by Bessie Enyart, which property is 
located in the southeast quarter (SE;) of Section 24, Township 
3 North, Range 2 i/est, W. H,, Columbia County, Oregon, which 
property is more particularly described on the attached sheet 
and designated as Parcel No. 11 and is further identified in 
the records of the Highway Commission as file R 8316, and which 
property is being acquired for right of way purposes in connec— 
tion with the liultnonah County Line-Scappoose Section of the 
Columbia River Highway;* 


Real property owed by C. 0. Anderson and “adeliene Ander- 
son, which property is located in the southeast quarter (SE) 
of Section 24, Township 3 North, Range 2 West, W. li., Columbia 
County, Oregon, which property is more particularly described 
on the attached sheet and designated as Parcel No, 12 and is 
further identified in the records of the Highway Commission as 
file R 8317, and which property is being acquired for right of 
way purposes in connection with the lfultnomah County Line— 


Real property owned by Clyde R, Gillette and & A. Gil- 
lette, which property is located in the south half (S%) of the 
southeast quarter (SEZ) of Section 36, Township 10 South, 

Range & West, W. M., Lincoln County, Oregon, which property is 
more particularly described on the attached sheet and designa- 
ted as Parcel No. 23 and is further identified in the records 

of the Highway Commission as file R 8555, and which property 

is being acquired for right of way purposes in connection with 
the Nashville Section of the Eddyville-—Blodgett Highway No.180.+# 


2. That the Commission does hereby find and declare that 
each of the said described parcels of real property is necessary and 
acquisition of the same by the State is required for the specific 
purposes hereinabove set forth, and the said properties are being 
acquired for the express and specific purposes in this resolution 
set forth. 


3. That the State Highway Engineer be and he hereby is 
instructed and directed to make or cause to be made all surveys 
necessary in connection with the determination, description, and 
acquisition of said real properties, and said Engineer is further 
instructed to prepare and submit to the Legal Department necessary 
and adequate descriptions of the said real properties, which said 
descriptions shall be available for the preparation of any deed or 
deeds or other instrument or instruments necessary to complete the 
acquisition of said property or properties, whether said properties 


be acquired by purchase, donation, agreement, or by the exercise of 


the power of eminent domain, 


4 That I, H. Van Winkle, Attorney General of the State 
of Oregon, and J. M. Devers, Assistant Attorney General and Attorney 
for the state Highway Commission, be and they are hereby requested, 
authorized, and directed to attempt to agree with the owner or own-— 
ers and/or with the tenants or persons in possession, if there be 
any, of said parcel or parcels of land with respect to the compensa- 
tion to be paid for the taking of the same and the damage, if there 
be any, and in the event that no satisfactory agreement or agree- 
ments can be reached, then it is hereby further resolved that the 
Attorney General of the State of Oregon and J. 1, Devers, Assistant 
Attorney General and Attorney for the State Highway Commission, be 
and they hereby are requested to commence and prosecute to a final 
determination such suit or action, or suits or actions, as may be 
necessary and appropriate to acquire title to the said premises and 
all rights therein for the purposes herein stated. 


5. That this resolution be entered in full in the minutes 
and records of this Oommission, 


#(The detailed descriptions of the respective parcels of real prop- 
erty mentioned in this resolution are attached to the original re- 
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Columbia County, Oregon, which property is more particularly 
described on the attached sheet and designated as Parcel No. 
18 and is further identified in the records of the Highway 
Commission as file R 8353, and which property is being acquir- 
ed for right of way purposes in connection with the Multnonah 
County Line-Scappoose Section of the Columbia Kiver Highway s* 


Real property owned by Howard H. Harker and Elsie Harker, 
which property is located in the southwest quarter (Sq) of 
Section 25, Township 14 °outh, Range 15 East, W. li., Crook 
County, Oregon, which property is more particularly described 
on the attached sheet and designated as Parcel No. 19 and is 
further identified in the records of the Highway Commission as 
file R 7733, and which property is being acquired for right of 
way purposes in connection with the Jefferson County Line- 
Prineville Section of the warm Springs Highway;* 


Real property owned by Roy E. Earwood and Mae M. Earwood, 
which property is located in the southeast quarter (SE4) of 
Section 9, Township 14 South, Range 15 East, W, M., Crook Coun- 
ty, Oregon, which property is more particularly described on 
the attached sheet and designated as Parcel No. 20 and is fur— 
ther identified in the records of the Highway Commission as 
file R 7836, and which property is being acquired for right of 
way purposes in connection with the Jefferson County Line-Prine- 
ville Section of the Warm Springs Highway;* 


Real property owned by Oregon & Western Colonization Com- 
pany, with a contract to purchase held by Mike McCabe, which 
property is located in the southeast quarter (SE}) of the 
southeast quarter (SE,) of Section 5, Township 14 South, Range 
15 East, W. M., Crook County, Oregon, which property is more 
particularly described on the attached sheet and designated as 
Parcel No. 21 and is further identified in the records of the 
Highway Commission as file R 7670A, and which property is be- 
ing acquired for right of way purposes in connection with the 
Jefferson County Line-Prineville Section of the Warm Springs 
Highway ;# 


Real property owned by Elwood W. Roberts and the Unknown 
Heirs of Walter E. Litsey, deceased, which property is located 
in the north half (NZ) of the northeast quarter (NE}) of the 
northwest quarter (NW%) of Section 21, Township 39 South,Range 
19 East, W. M., Lake County, Oregon, which property is more 
particularly described on the attached sheet and designated as 
Parcel No. 22 and is further identified in the records of the 
Highway Commission as file R 7590, and which property is being 
acquired for right of way purposes in connection with the For— 
est Boundary—Cottonwood Creek Section of the Klamath Falls—Lake- 
view Highway;* 


Bids as follows for highway construction projects and for the 
lease of riparian rights along the Willamette River in Oregon City were 
opened and read in conformance with previously--published notice, following 
which Chairman Cabell announced that the award of contracts would be made at 
3:30 p» m. in the same roan: 


WOODBURN-HOLALLA~SILVERTON ROCK PRODUCTION 


Ae S. Wallace 
E. H. Itschner 
A. O. Ekstrom 


COLUMBIA RIVER HIGHWAY 
SCAPPOOSE-MULTNOMAH COUNTY LINE SECTION 
GRADING AND PAVING 


Roy L. Houck 

Porter W. Yett 

Babler Bros. 
Edlefsen-Weygandt Company 
McNutt Bros. 


CENTRAL OREGON HIGHWAY 
UILLICAN-BROTHERS ROCK PRODUCTION 


A. S. Wallace 


Rogers Construction Campany 
Bend Sand & Gravel Company 


THE DALLES-CALIFORNIA HIGHWAY 
THIRD STREET (BEND) UNDERCROSSING SECTION 
ROADSIDE IMPROVEMENT 


pel or eee 
= " 


Blair T. Alderman 

E. L. Gates 

Bend Sand & Gravel Company 
Rich & Son Nursery 


seers 
Ce 


SILETZ SECONDARY HIGHJAY 
SILETZ-TOLEDO SECTION - GRADING, SURFACING AND OILING 


Using As t 
Homer G. Johnson -<--°- 
Berke Bros. aes 
E. C. Hall Canpany ---- 
Babler bros. “--- 
Leonard & Slate ---- 
Newport Construction Company $111,897.20 
A. Milne 119,436.00 
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solution on file in the cffice of the State Highway Commission, Salen, 
being Resolution No.5, under the heading “Real Property Condemnation 
Resolutions”, and said descriptions by this reference are made a 
part of this minute entry to the same extent as if copied in full 
herein. ) 


The Attorney reported a compromise settlement with lirs. Delma Prew~ 
ett disposing of her claim for extra compensation for damages to her property 
at Toledo arising out of the reconstruction of the Corvallis-Newport Highway 
at that place. He said that the Commission previously offered to pay Mrs. 
Prewett »75.00 as settlement in full, which amount was refused. Also, that 
the Commission owes lirs. Prewett an additional $10.00 for some right of way. 
He stated, however, that Mrs. Prewett is now willing to settle both claims 
with the Commission for the sum of 4100.00, The Commission voted unanimously 
to pay her such sum as settlement in full for both claims. 


The Cammission discussed the Engineer's report on the changes pro— 
posed by ir. L. A. McClintock, Pendleton, for the proposed Stanfield-Boardman 
project to avoid cutting up his cattle range and the reconstruction of the ir- 
rigation ditches and canals. The Engineer recommended against the change be- 
cause it would introduce inferior alignment in the highway and would cost the 
State considerably more than construction on the originally-proposed alignment. 
The Commission indicated approval of the Engineer's recommendation but defer- 
red a definite decision until the next meeting. 


In this connection Chairman Cabell presented a letter from Donald T. 
Robinson, President of the Pendleton Chamber of Commerce, suggesting that the 
Commission carefully consider before adopting the route for this highway, the 
plans of the U. S, War Department to establish a munitions dump and a banbing 
range in this vicinity, It was the thought of the Commission that construc- 
tion of the highway, as proposed, would act as a benefit to the munitions dump 
rather than as a detriment. Also, that the bombing range should not have to 
be taken into consideration because, according to information available, the 
site for the same is located many miles south of the proposed highway. How- 
ever, the Camission ordered that right of way options for this project should 
not be closed until these matters have been studied thoroughly. 


The Commission adjourned at 11:45 p.m. to reconvene on the following 
morning in the auditorium of the Public Service Building, 


Portland, Oregon, November 13, 1940 


: 
The State Highway Commission reconvened in regular session at 9:00 | 
a.m. in the auditorium of the Public Service Building. resent were: : 
Henry F, Cabell, Chairman 
Huron W. Clough, Commissioner 
Herman Oliver, Commissioner 
R. H. Baldock, State Highway Engineer | 
J. Kk. Devers, Attorney . 
H. Bb. Glaisyer, Secretary 
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conditions by the State Highway Cammission, he said, the proposed work may be 
tentatively programmed for the 1941 fiscal year funds and construction of the 
project may be authorized, with the understanding that the project agreement 
will not be executed until the federal funds have been appropriated and are 
available for disbursement. He pointed out that of the 194) fiscal year Pub- 
lic Lands Funds avthorized by Congress only about one-half has as yet been 
appropriated, leaving a balance yet to be provided amounting to $64,601.00. 


After discussion, the Commission voted unanimously to accept ilr. 
Lynch's proposition and thereupon authorized the Engineer to proceed with the 
advertising of this project for bids to be received at the December meeting 
of the Commission. 


Mr. Lynch also brought up for discussion the matter of revising the 
program for 1941 Forest Highway Funds insofar as it pertains to additional 
construction on the Santiam Highway. de pointed out that the program now con- 
tains an item of $100,000 for the North Santiam Highway where it was conten— 
plated work would be done between Detroit and Niagara in cooperation with the 
U. S. War Department, but it now apnears that the funds will not be required 
on this highway until the fiscal year 1942. He suggested, in view thereof, 
that this amount be reallocated for additional work on the Santiam Highway 
between Hogg Pass and Suttle Lake so as to expedite the completion of the 
oiling on this highway. He also suggested that the State contribute toward 
this work an additional sum of ‘}50,000 which is needed to finance certain 
widening work on this section in order to provide a standard improvement, in- 
asmuch as there are no Forest Highway Funds available to pay such expense, 
After considerable discussion, the Commission approved the arrangement propos- 
ed by Mr. Lynch and it was agreed that the matter would be covered by joint 
letter to the Chief of the Forest Service and the Commissioner of Public 
Roads. (Letter signed later in this session. ) 


Mr. Lynch also brought up for discussion the matter of conducting 
surveys for access roads at Fort Stevens. He asked the Commission to author- 
ize such surveys and advised that the Federal Government would reimburse the 
State for the cost thereof from federal aid funds. The Commission, by unani- 
mous vote, authorized the State Highway Engineer to make such surveys and 
also authorized him to confer with the U. S. Army Engineers relative to the 
proposed roads under discussion. 


The Commission discussed the proposed landscaping project along the 
Pacific Highway East within the city limits of Oregon City and authorized the 
Engineer to proceed with the preparation of plans for this project and to ad- 
vertise the same for bids as soon as plans are completed, omitting therefram 
landscaping work in front of property owned by Mir. Jerry Hemingway, in Block 
ll, because it appears that when right of way was acquired from lir. Hemingway 
he was given to understand that he would have right of access to the highway 
from his property. 


The matter of the sale of certain property in Oregon City to Mr. 
Harry S. Coleman, which property is located on the easterly side of the high- 
way near the Abernethy Creek Bridge was reconsidered by the Commission. The 


PENDLETON-JOHN DAY HIGHWAY 
PENDLETON-PILOT ROCK ROCK PRODUCTION 


Rogers Construction Company $8, 747,50 
A. S. Wallace 9,000.00 
D.C. & A. L. Williams 10,267.50 
A. OQ. Ekstrom 10,320.00 
R, 0. Dail & Warren Bros. 10,336.00 
Babler Bros. 10,425.00 
Homer G, Johnson 11,560.00 


WALLOWA LAKE HIGHWAY 
MINAM HILL VIADUCT 


Colonial Construction Company $26,425.00 
Lindstrom Bros. 28,557.00 
McNutt Bros, 33,981.00 
LEASE OF RIPARIAN RIGHTS AT 
OREGON CITY 
Lease of Location "A" Yearly Rate 
Hawley Pulp & Paper Company $60.00 
Lease of Location "3B" Yearly Rate 
Crown Zellerbach Corporation $250.00 


W. H. Lynch, District Engineer, Public Roads Administration, 
was present in regard to the financing of the oiling on the I, 0, N. High- 
way, in Malheur County. He particularly referred to the State Highway En- 
gineer's letter dated Cctober 21, 1940, suggesting an arrangement for the 
financing of the bituminous surface treatment on the Owyhee-Nevada State 
Line Section of this highway by the advancement of state funds to pay the 
initial cost of the work, with the understanding that reimbursement would 
be received later from the Federal Government for the cost of the work per- 
formed on public lands if and when additional Public Lands Funds are pro- 
vided by Congress for such purpose, such arrangement being similar to the 
arrangement heretofore effected for work on this highway in 1939, He said 
that the proposal is acceptable to the Public Roads Administration and that 
he would approve the allocation of all or any part of the balance of the 1940 
Federal Lands Funds that may be appropriated by Congress and apportioned to 
Oregon, and such part of the 1942 Federal Lands Funds that may likewise be 
apportioned to Oregon, as are necessary for the proposed work on this pro- 
ject, subject to the condition that the Federal Government would not be 
called upon to reimburse the State for expenditures if the Federal funds are 
not appropriated and apportioned, Subject to written acceptance of these 
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of the Commission to officially and regularly designate and adopt 
said highway as a highway to constitute, together with other high~ 
ways heretofore adopted and/or which may hereafter from time to 
time be added, the system of secondary state highways under the pro- 
visions of said acts; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission, all members being present and affirmative- 


ly voting and participating, as follows: 


1. That the following described market road, county road, 
highway, route, or location of a highway in Klamath County be and 
the said market road, county road, highway, location, or route, 
hereby is selected, designated, established, adopted and approved 
as a secondary state highway and shall be and hereby is designated 
as a part of the secondary state highway system, to wit: 


h Agency-Modoc Foint Seco State Highway No 7: 


Beginning at the intersection of the formerly located, 
constructed and traveled Dalles-California Highway with the 
relocated and reconstructed Dalles-California Highway near 
the Klamath Agency; thence in a southerly direction via the 
formerly located, constructed and traveled Dalles-California 
Highway to an intersection of the formerly located, construct - 
ed and traveled Dalles-California Highway with the relocated 
and reconstructed DallesCalifornia Highway at Modoc Point, a 
distance of 12.66 miles. 


2. That the said highway shall be and hereby is qualifi- 
ed for improvement under the provisions of said Chapter 248, Oregon 
Laws of 1931; Chapter 196, Oregon Laws of 1935; and Chapter 529, 
Oregon Laws of 1939; and amendments thereof, 


WHEREAS, under the provisions of Chapter 248, Laws of 
1931; Chapter 196, Laws of 1935; and Chapter 529, Laws of 1939; 
the State Highway Commission, by mutual agreement with the respec~ 
tive county courts of the several counties of the State, is author- 
ized and empowered to select, locate, and designate a system of see- 
ondary state highways, which highways shall be selected fram the 
market roads or other county roads, or available locations or routes 
of the several counties; and 


WHEREAS, the State Highway Commission, by mutual agree- 
ment with the Lane County Court of the State of Oregon, has select- 
ed the road or highway hereinafter named, and it is the purpose of 
the Commission to officially and regularly designate and adopt said 
highway as a highway to consvitute, together with other highways 
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Attorney advised that the arrangement suggested by the Commission to lr. Coles 
man at the previous meeting for entrance to this property, if purchased by him, 
apparently is not satisfactory to Mr. Coleman and, wiless the Commission will 
grant him right of access to the highway at the place that he wants, the proba- 
bilities are that he will not complete his deal for the purchase of the remain- 
ing property in this block, which is owned by the Crown Willamette Paper Can- 
pany. Further, that in conversation with lir. Frum, of such canpany, lr.Frum 
asked that, if the Commission will not permit access to the highway, the State 
buy the company's property for $7,000, which is the amount that lir. Coleman 
previously agreed to pay for it. The Commission considered that $7,000 is far 
more than it is justified in paying to bar access to the highway and decided to 
let the entire matter rest in status quo, However, the Engineer was instructed 
to set right of way stakes clearly outlining the State's property at this loca- | 
tion. 


The Secretary presented resolutions fram the County Courts of Klamath 
County, Lane County, Tillamook County, and Linn County, requesting the follow- 
ing secondary state highway designations: 


1. Old route of The Dalles-California Highway between 
Klamath Agency and liodoc Point, in Klamath County. 


2. Connecting road between the Pacific Highway and 
Route "F" Highway near the westerly city limits of 
Eugene, being more particularly between extensions | 
of 6th Street and llth Street, Eugene, Lane County. 


3. Netarts County Koad between the City of Tillamook 
and the town of Oceanside, in Tillamook County. 


4. Extension of the Corvallis-Eastside Secondary High- 
way from the old Pacific Highway route to the new 
Pacific Highway route in Albany, Linn County. 


The Cammission approved the reqests inasmuch as they are in conform- 
ity with understandings previcusly had with the respective County Courts and 
thereupon adopted the following resolutions with regard thereto; 


WHEREAS, under the provisions of Chapter 248, Laws of 

1931; Chapter 196, Laws of 1935; and Chapter 529, Laws of 1939; the 
State Highway Commission, by mutual agreement with the respective 
county courts of the several counties of the State, is authorized 
and empowered to select, locate, and designate a system of second— 
ary state highways, which highways shall be selected from the mar- 
ket roads or other county roads, or available locations or routes 
of the several counties; and 


WHEREAS, the State Highway Commission, by mutual agree- 
ment with the Klamath County Court of the State of Oregon, has se- 
lected the road or highway hereinafter named, and it is the purpose 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Coumission, all members being present and affirma- 
tively voting and participating, as follows: 


1. That the following described market road, county 
road, highway, route, or location of a highway in Tillamook County 
be and the said market road, county road, highway, location, or 
route, hereby is selected, designated, established, adopted and 
approved as a secondary state highway and shall be and hereby is 
designated as a part of the secondary state highway system, to wit: 


Netarts Secondary Highway No. 1313 


Beginning at a point on the Oregon Coast Highway in the 
City of Tillamook; thence westerly via Netarts to Oceanside, 
a distance of approximately 9.8 miles. 


2. That the said highway shall be and hereby is qualifi- 
ed for improvement under the provisions of said Chapter 248, Oregon 
Laws of 1931; Chapter 196, Oregon Laws of 1935; and Chapter 529, 
Oregon Laws of 1939; and amendments thereof. 


WHEREAS, under the provisions of Chapter 248, Laws of 


1931; Chapter 196, Laws of 1935; and “hapter 529, Laws of 1939; 

the State Highway Commission, by mutual agreement with the respec- 
tive county courts of the several counties of the State, is author- 
ized and empowered to select, locate, and designate a system of sec- 
ondary state highways, which highways shall be selected from the 
market roads or other county roads, or available locations or rout— 
es of the several counties; and 


WHEREAS, the State Highway Commission, by mutual agree- 
ment with the Linn County Court of the State of Oregon, has select— 
ed the road or highway hereinafter named, and it is the purpose of 
the Commission to officially and regularly designate and adopt 
Said highway as a highway to constitute, together with other high- 
ways heretofore adopted and/or which may hereafter from time to 
time be added, the system of secondary state highways under the 
provisions of said acts; 


NOW, THEREFORE, BE IT AD IT HEREBY IS RESOLVED by the 
State Highway Commission, all members being present and affirma- 
tively voting and participating, as follows: 


1. That the following described market road, county 
road, highway, route, or location of a highway in Linn County be 
and the said market road, county road, highway, location, or route, 
hereby is selected, designated, established, adopted and approved 
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heretofore adopted and/or which may hereafter from time to time be 
added, the system of secondary state highways under the provisions 
of said acts; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission, all members being present and affirma- 
tively voting and participating, as follows: 


1. That the following described market road, county 
road, highway, route, or location of a highway in Lane County be 
and the said market road, county road, highway, location, or route, 
hereby is selected, designated, established, adopted and approved | 
as a secondary state highway and shall be and hereby is designated 
as a part of the secondary state highway system, to wit: 


State No. 224: | 


Beginning at a point in the Pacific Highway approximate— 
ly 1,130 feet southerly fran the south end of the viaduct 
crossing over the Coos Bay Branch of the S.P.R.R.Co.: thence | 
in a southerly direction to the extension of est llth Street 
at a point approximately 1,000 feet westerly of the west city 
limits of Eugene and near the intersection of Hayes Street 
with the extension of West llth Street, a distance of approx- 
imately 0.821 miles. 


2. That the said highway shall be and hereby is qualified 
for improvement under the provisions of said Chapter 248, Oregon Laws 
of 19313 Chapter 196, Oregon Laws of 19353 and Chapter 529, Oregon 
Laws of 1939; and amendments thereof. 


WHEREAS, under the provisions of Chapter 248, Laws of 
1931; Chapter 196, Laws of 1935; and Chapter 529, Laws of 1939; 
the State Highway Comnission, by mutual agreement with the respec-— . 
tive county courts of the several counties of the State, is author— 
ized and empowered to select, locate, and designate a system of sec- 
ondary State highways, which highways shall be selected fran the ; 
market roads or other county roads, or available locations or routes 
of the several counties; and 


WHEREAS, the state Highway Commission, by mutual agreement 
with the Tillamook County Court of the State of Oregon, has selected 
the road or highway hereinafter named, and it is the purpose of the 
Vommission to officially and regularly designate and adopt said 
highway as a highway to constitute, together with other highways 
heretofore adopted and/or which may hereafter from time to time be 


added, the system of secondary state highways under the provisions 
of said acts; 
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ing the balance of her lifetime, limiting the space to be occupied to the 
area necessary for this purpose, and it was also decided to order the other 
people to vacate the premises within a period of six months. 


The Attorney presented a provision which the State of Michigan in-— 
corporates in its deeds and easements controlling advertising signs on pri- 
vate property adjacent to highway rights of way where portions of such pro- 
perty have been acquired for highway right of way purposes. The Commission 
evidenced approval of the provision for inclusion in deeds and easements for 
highway right of way in Oregon but decided not to take definite action on the 
same until after the meeting of the 194] Legislature. 


The Commission discussed an exchange of properties south of Wald— 
port in Lincoln County with a Mir. J. A. Davenport. The Attorney advised that 
a 10-foot strip of Mr. Davenport's land is needed for widening the highway 
right of way and that iir. Davenport is willing to deed this property to the 
state provided the state will deed to him, as consideration, a short section 
of the right of way of the old Spruce Production Railroad at the rear of his 
premises which same is 30 feet wide, and that Mr. Davenport has agreed to 
move the buildings from the strip that is to be deeded to the state. He re- 
commended approval of the transaction as did also the State Highway Engineer. 
The Commission approved the recommendation by unanimous vote subject to the 
condition that ifr, Davenport will move the buildings at his own expense and 
will re-establish them at a location that will not require people to park 
their cars on the highway right of way when doing business in his establish- 
ment. 


The matter of selling to lir. 0. D. Keiffer certain state-owned pro- 
perty adjacent to the Salem-Dayton Secondary Highway near Grubb College was 
also discussed by the Cammission. The Engineer advised that he has inspect- 
ed this property and that it is his recommendation that the tract be sold to 
Mr. Keiffer, except a 10-foot strip along the front of the same which should 
be retined by the state for future highway development. The Cammission ap- 
proved the recamendation. 


The Camnission considered a request from Lrs. Wm. Wamsley, Eugene, 
to either purchase or rent a residence building owed by the State Highway 
Department adjacent to the maintenance headquarters in Eugene. The Engineer 
recommended denial of the request because the building can be used to good 
advantage as headquarters for the sign painting crew. The Commission approv-— 
ed the recommendation. ; 


The Attorney reported receipt of two offers to purchase the resi- 
dence building on the T. B. Garrison property north of Oakland which building 
was advertised for sale at the last meeting of the Comission but no bids 
were received. The present offers, he said, are those of Mrs. Bert Pound, 
Oakland, at $25.00, and Mr. Kelly Cooper, Oakland, at $20.00. He recommend- 
ed acceptance of the offer of Mrs, Pound. The Cammission approved the recom- 
mendation. 


The Attorney reported receipt of a letter from the Southern Pacific 


as a secondary state highway and shall be and hereby is designated 
as a part of the secondary state highway system, to wit: 


on of the © t S 3 State 
No. 210: 


Beginning at the intersection of the former Pacific High- 
way (East) southwest of Albany with the Corvallis-East Side 
Secondary State Highway No. 210; thence in an easterly direc- 
tion to an intersection with the reconstructed Pacific High- 
way (East), a distance of approximately 0.20 mile. 


2. That the said highway shall be and hereby is qualifi- 
ed for improvement under the provisions of said Chapter 248, Oregon 
Laws of 1931s Chapter 196, Oregon Laws of 1935; and Chapter 529, 
Oregon Laws of 1939; and amendments thereof, 


The Commission discussed, and referred to the State Parks Superin- 
tendent, a letter from R. M. Nance, Portland, urging the Camission to pur- 
chase certain timber strips along the newly-designated secondary highway known 
as the Netarts Road, in Tillamook County. 


The Secretary presented a request fran the County Court of Columbia 
County for the designation as a state secondary highway of the county road 
which extends fran the Nehalem Highway at Treharne to a connection with the 
Wolf Creek Highway at Sunset Camp. The Commission denied the request. 


The matter of allowing a lirs. E. Martin to continue occupancy of 
certain state-owned property adjacent to the Salmon River Highway in the 
vicinity of Boyer had the attention of the Commission, It was reported that 
Mrs. Martin is now occupying the property under arrangement made by her late 
husband with the Miami Corporation which owned the property before it was ac- 
quired by the State, such arrangement allowing him occupancy of the premises 
during his lifetime. Further, that Mr, Martin died some time ago but Mrs. 
Martin, who is elderly, continues to occupy the premises under the belief that 
She has such right to do so under the arrangement made by her husband with the 
Miami Corporation. It wasalso reported that lirs. Martin is conducting a ser- 
vice station business on the property and that a number of her relatives are 
also maintaining their residences on state property nearby, although they 
have obtained no special permission so to do. The Attorney advised that he 
contacted Mrs, Martin relative to vacating the premises and the purchase of 
her service station but she stated her unwillingness to move unless paid the 
sum of $500.00. He also said that he contacted the other people who are main- 
taining homes on the state's property and all have indicated that they will 
vacate as soon as ordered to do so by the State Highway Commission. 


After full discussion of this matter the Commission decided to allow 
Urs, Uartin to maintain her residence and service station on the property dur- 


Commission authorized the taking of an option for the purchase of these lots 
if a satisfactory price can be secured. 


‘ The Commission reconsidered and confirmed its previous action ap- 

proving renewal of agreements with the several hospital associations provid- 
ing service to state highway department employees during 1941, with a modi- 
fication eliminating therefrom the obligation to furnish medicine in all but 
hospitilization cases. In this connection the Attorney advised that the 
Multnomah Medical Service Bureau desires to substitute its standard contract 
agreenent for the form prepared by the state highway department. He recom— 
mended against the substitution because it is inconsistent with the agree- 
ments with the other hospital associations and would place the responsibil- 
ity for the payment of the monthly premiums on the state highway depa tment. 
The Comuission approved the recommendation. 


The kngineer recommended the abandonment of a portion of the Tiller- 
Trail Highway, in Jackson County, and the Pendleton-Adams Section of the Ore- 
gon-Washington Highway, in Umatilla County, where these highways have been 
reconstructed on new alignment rendering the old sections valueless fram the 
state highway standpoint. The Commission approved the recamendation and by 
unanimous vote adopted the following resolutions in regard thereto: 


WHEREAS, in order to afford a better alignment and a more 
satisfactory, safe and convenient highway for the traveling public, 
the Cammission found it necessary to relocate a portion of the Til- 
ler-Trail Highway in Jackson County; and 


WHEREAS, by reason of said relocation and reconstruction 
of the said section of said highway there was eliminated and made 
unnecessary as a part of the permanent highway a certain section 
or part thereof, which section is more specifically defined and de- 
Signated hereinafter in this resolution; and 


WHEREAS, it is the judgment and opinion of the Commission 
that there should be recorded in the minutes and records of the Comis-— 
sion its purpose and plan to abandon -as a part of the said state high- 
way the fragment or portion of right of way hereinafter designated 
and heretofore included within the area of the right of way of the 
said highway as formerly located, improved and used; 


NOW, THEREFORE, the premises being in general as above 
stated, it hereby is resolved by this Commission, all members being 
present and affirmatively participating, as follows: 


1. That the fragment of land confined within the area of 
land hereinafter designated, which fragment or parcel of land was 
formerly within the limite of the right of way of the Trail Creek- 
Trail Section of the Tiller—Trail Highway but is now without the 
limits of the right of way of said highway as said highway has been 
relocated and constructed, be and said fragment or parcel of land 
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Company requesting early settlement with the caupany for right of way needed 
for the proposed Front Avenue Project in Portland. Tne Camission denied the 
request because it does not fit in with the method adopted for financing of 
right of way for this project. 


The matter of purchase of the Elizabeth C. Coleman property adja- 
cent to the Oregon Coast Highway at the north end of the Coos Bay Bridge had 
the attention of the Commission. The Attorney explained that Mrs. Coleman's 
building burned some time ago and in all probability the Comission now would 
be able to purchase her land at reasonable cost. He recommended negotiations 
because the property is desirable for protection of the bridgehead, The Com- 
mission authorized the Attorney to secure options for the purchase of the. 
tract and report the same at the next meeting. 


Mr, W. C, Calder, baker, and his attorney, lr. WW. U. ituntington, 
Portland, came before the Gommission in regard to Mr. Calder's land situate 
at Arch Cape which was damaged by reason of the Sliding of the highway en- 
baniment at this location. iir. Calder stated that he was present when the 
highway department 's engineer made a survey of the damaged area and is per- 
Sonally satisfied with the same. The slide area, he said, contains about 
three acres of land. He gave as his thought that the state should not only 
purchase such area but sufficient land beyond the toe of the slice to insure 
against future damage to his property, He also said that he would like to 
retain the level land along the south side of the Surveyed tract because it 
is the only level land in the vicinity suitable for building sites. He pre- 
sented a statement of recent sales of real property in the vicinity of arch 
Cape and advised that on the basis of such sales he would deed to the state 
the land included in the slide area for the sum of $5,000 provided the Con-— 
mission would clean up the fallen timber and other debris that resulted fram 
the slide, The Comission took the matter under advisement, however indicat— 
ed to lr. Calder that it considers his offer exorbitant, 


Hessrs. Ed Turnbull and Fred Brenne of the Eugene Chamber of Com- 
merce came before the Cammission and inquired as to the probabilities of se- 
curing early construction on the proposed realignment of the Pacific 
between Eugene and Springfield. They were informed that uncertainty still 
exists relative to the federal funds with which the Commission proposes to 
finance this work, hence no new information is available. 


sir. Turnbull asked the Commission to proceed with the acquisition 
of right of way for the proposed 7th Street approach of the Pacific 
into Eugene from the north. The Commission, after discussion, athorised the 
Attorney to proceed with the securing of options for such right of way and 
for right of way needed for the newly designat.d secondary highway between 
6th Street and llth Street, including sufficient area at llth Street to accon- 
modate a traffic grade separation structure, 


The Assistant Attorney presented the request of Monrad Underland 
that settlement be made for certain lots belonging to him which had been iso- 
lated by the slide occurfing on the Bunker Fill project near Marshfield. The 
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County and beyond any responsibility or supervision by the State 
Highway Commission. 


WHEREAS, in order to afford a better alignment and a more 
satisfactory, safe and convenient highway for the traveling public, 
the Commission found it necessary to relocate the Pendleton-Adams 
Section of the Oregon-‘/ashington Highway in Umatilla County; and 


WHEREAS, by reason of said relocation and reconstruction 
of the said section of said highway there was eliminated and made 
unnecessary as a part of the permanent highway a certain section or 
part thereof, which section is more specifically defined and desig- 
nated hereinafter in this resolution; and 


WHEREAS, it is the judgment and opinion of the Commission 
that there should be recorded in the minutes and records of the 
Commission its purpose and plan to abandon as a part of the said 
state highway the fragment or portion of right of way hereinafter 
designated and heretofore included within the area of the right of 
way of the said highway as formerly located, improved and used; 


NOW, THEREFORE, the premises being in general as above 
stated, it hereby is resolved by this Comzission, all members be- 
ing present and affirmatively participating, as follows: 


1, That the fragment of land confined within the area of 
land hereinafter designated, which fragment or parcel of land was 
formerly within the limits of the right of way of the Pendleton- 
Adams Section of the Oregon-Washington Highway in Umatilla County, 
but is now without the limits of the right of way of said highway 
as said highway has been relocated and constructed, be and said 
fragment or parcel of land or portion of the old right of way is 
abandoned as a part of the right of way of said highway. The por- 
tion of the right of way of said highway within the corporate 
limits of the City of Adams and which by this resolution is aban- 
doned is left to revert to the abutting owners or to the City of 
Adams for such public use as the City may elect to make of the 
same, and the portion of the right of way which by this resolution 
is abandoned and which is not within the city limits of the City 
of Adams is left to revert to the abutting property owmers or to 
the control and supervision of the County Court of Umatilla County 
for highway or other public purposes, as the Court may determine, 
The fragment or parcel of land affected by this resolution is de- 
fined and described as follows, to wit: 


All that certain section of the old right of way of the 
Pendleton-Adams Section of the Oregon-l/ashington Highway ly- 
ing on the northerly side of the right of way required for 
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or portion of the old right of way abandoned as a part of the right 
of way of said highway, and said fragment or parcel of land or old 
right of way is, so far as control and supervision by this Canmmis- 
sion is concerned, eliminated and left to revert to the adjoining 
and abutting property omers or to the control and supervision of 
the County Court of Jackson County for highway or other public pur- 
poses as the Court may determine, The fragment or parcel of land 
affected by this resolution is defined and described as follows, to 
wit: 


All that portion of the sixty-foot right of way of the 
Tiller-Trail Highway (as originally established by resolu- 
tion) between a point on said highway approximately 800 feet 
north of the south line of Section 17, Township 33 South, 
Range 1 West, W. li., and the westerly right of way line of 
the Crater Lake Highway in the northwest quarter (NWi) of 
Section 3, Township 34 South, Range 1 West, W. H., lying out- 
side of the limits of the right of way as established on the 
revised alignment of said highway in 1939 and 1940. 


The location of said abandoned right of way may be more definitely 
and particularly ascertained and determined by reference to a map 
or blueprint, marked "Exhibit A", attached hereto and by this re- 
ference made a part hereof, which said exhibit for identification 
purposes bears the signatures of KX, D. Lytle, Jivision Engineer, H. 
G. Smith, Construction Engineer, and C. B. McCullough, Assistamt 
State Highway Engineer, and is dated October 11, 1940, upon which 
map or exhibit there is reflected the above described parcel of 
land by showing the same shaded in red.# 


2. In the event there remains any physical connection 
between any portion of said abandoned right of way or highway and 
the present highway, ani by reason of such physical connection 
traffic from the existing highway may enter or use the said aband- 
oned portion of the said old road to the possible damage or injury 
of such traffic by reason of any unsafe condition existing with re- 
spect to said old or abandoned road, then the State Highway Engineer 
is hereby authorized and directed to erect such barricade or other 
Safeguards as may be necessary to protect and safeguard traffic us- 
ing and employing said newly located, constructed, and dedicated 
section of said highway. 


3. That this resolution be entered in the minutes and re- 
cords of the Commission and a certified copy thereof pranptly deliv- 
ered to the Younty Court of Jackson County, together with a copy of 
Said wap or exhibit,for such action as said County Vourt may desire 
to take with respect to said fragment of land, and should said aban- 
doned portion of the right of way of said highway be further employ- 
ed for public -or private highway purposes such use shall be entire- 
ly under the control and supervision of the County Court of Jackson 
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Umatilla County or the municipal authorities of the City of Adams, 
as the case may be, and beyond any responsibility or supervision 
by the State Highway Canmission. 


The Commission also considered and by unanimous vote adopted the 
following resolution outlining the activities and authority of the State 
Parks Superintendent ; 


WHEREAS, as a part of the powers and responsibilities 
imposed upon the Highway Commission by the provisions of Chapter 
529, Oregon Laws, 1939, and acts prior thereto, the Camission is 
authorized to acqire by purchase, agreement, donation or by the 
exercise of the power of eminent domain real property necessary or 
deemed necessary for the maintenance and development of parks, 
parking places, auto camps, campsites, roadside development, rec- 
reational grounds or resorts, forest or timbered areas, or other 
places of attraction and scenic value which in the judgment of the 
Commission are necessary for the convenience of the public and 
which will contribute to the general welfare and pleasure of the 
motoring public or road user; and 


WHEREAS, by said statute the Cammission is a thorized to 
determine and adopt the general policy of the Highway Department, 
to decide all questions relating to the administration of the De- 
partment and to make such rules and regulations as it may deem 
necessary for the accomplishment of the purposes of said law; and 


WHEREAS, the Commission is authorized to appoint an en- 
gineer to be known as the Highway Engineer, and said Highway Con- 
mission is also authorised to employ such other engineers, techni- 
cal assistants and such other help as may be deemed necessary for 
the proper administration of the act; and 


WHEREAS, the Commission has heretofore, pursuant to the 
recommemiation of the Engineer, employed S. H. Boardman and has 
designated him as State Parks Superintendent; and 


WHEREAS, it has been and still ‘4s the policy of the Ore- 
gon State Highway Commission to cooperate with the Federal Govern- 
ment in the acquisition and development of parks, recreational 
grounds, camps and other places of recreation ami amusement; and 


WHEREAS, under the law, the Highway Commission is author- 
ized to develop, construct, improve, operate and maintain its parks, 
parking places, recreational areas, resorts and other places of at- 
traction and amusement and pay the cost thereof out of state high- 
way funds; and 


the reconstructed Oregon-Washington Highways the begimming 
and ending points with reference to the engineer's stations 
of the said reconstructed highway being Station 37400 on the 
westerly end and Station 640+00 on the easterly end. 


The location of said abandoned right of way may be more definitely 
and particularly ascertained and determined by reference to & map 
or blueprint, marked "Exhibit AY, attached hereto and by this ref- 
erence made a part hereof, which said exhibit. for identification 
purposes bears the signatures of W. C, Williams, Division Engineer, 
Il. G. Smith, Construction Engineer, and C. B. McCullough, Assistant 
State Highway Engineer, and is dated October 15, 1940, upon which 
map or exhibit there is reflected the above described parcel of 
land by showing the same shaded in red * 


2, Since the highway as now located does not traverse 
any of the existing streets of said City and especially does not 
traverse any portion of Preston Street, Main Street or Commercial 
Street, which heretofore were designated by the Highway Camission 
as streets of the City of Adams over which there was routed traffic 
using the Oregon Washington Highway. Said original designation 
hereby is vacated and annulled and state traffic will no longer by 
order of the Highway Commission be directed or routed over any of 
said streets. 


3. In the event there remains any physical connection 
between any portion of said abamioned right of way or highway and 
the present highway, and by reason of such physical connection traf- 
fic from the existing highway may enter or use the said abandoned 
portion of the said highway to the possible damage or injury of 
such traffic by reason of any unsafe condition existing with re- 
spect to said old or abandoned highway, then the State Highway En- 
gineer is hereby authorized and directed to erect such barricade 
or other safeguards as may be necessary to protect and safeguard 
traffic using and employing said newly located, constructed and 
dedicated section of said highway. 


4. That this resolution be entered in the minutes and 
records of the Commission and a certified copy thereof promptly de- 
livered to the County Court of Umatilla County, together with a 
copy of said map or exhibit, for such action as said County Court 
may desire to take with respect to said fragnent of land which lies 
outside the city limits of the City of Adams, and a certified copy 
thereof promptly delivered to the iiayor of the City of Adams, to- 
gether with a copy of said map or exhibit, for such action as the 
City authorities may desire to take with respect to said abandoned 
section of highway within said City of Adams; and should said aban- 
doned portion of the right of way of said highway be further em- 
ployed for public or private highway purposes such use shall be 
entirely under the control and supervision of the County Court of 
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6. This resolution shail be entered in the minutes and 
records of the Commission and a certified copy thereof shall be 
furnished to the Public Roads Administration and other federal 
agencies having to do with the supervision of C. C. C. camps, and 
state parks or other recreational areas. 


The Attorney brought up for discussion a controversy with the Hart- 
man Abstract Company, Pendleton, with respect to charges made for the fur— 
nishing of title reports on real property that is to be purchased by the state 
highway department for right of way and other purposes. He said that he has 
gone over thoroughly the several items making up the claim of this company 
and is recommending for payment every item that he could find any reasonable 
justification for payment which reduces the aggregate of the Compmy's claim 
frau $179 to $88. He sutmitted a list of the several claims (see letter 
dated November 9, 1940, directed to Oregon State Highway Commission) and ex- 
plained the circumstances surrounding each item listed thereon. It was his 
recomendation that settlement be made with the company on the basis of the 
reduction in the aggregate amount. The Commission approved the recommenda- 
tion unanimously, 


The Cammission adjourned at 12:00 noon and reconvened at 1:30 p.m, 
in the same roon with all Camissioners present and participating. Also 
present were the State Highway Engineer, the Attorney, and the Secretary. 


The Engineer discussed with the Camission matters pertaining to 
the proposed improvement of the Oregon Coast Highway between North Bend and 
Marshfield, particularly the relocation of the Southern Pacific Railroad 
Company's tracks along Railroad Avenue and Tremont Avenue in North Bend, and 
along Front Street and Tremont Street in the district between North Bend and 
Marshfield, He exhibited a map showing the proposed aligrment which neces- 
sitates removal of the railroad tracks sc as to provide a highway of suffi- 
cient width to carry traffic onveniently and with safety. He explained the 
plans for the project in detail and suggested that inasmuch as the railroad 
company is occupying its present location by reason of a limited franchise, 
an equitable method of handling the moving of the tracks would be for the 
State to purchase new right of way for the railroad and construct a suitable 
grade thereon for the tracks, giving to the railroad company a perpetual 
easement for the use of the same. Under this arrangement, he said, the rail- 
road company would be required to do the actual work of re-establishing its 
tracks on the new right of way. He requested authority from the Commission 
to submit the maps and plans to the railroad canpany for its approval in 
view of the fact that the reconstruction of the Oregon Coast Highway between 
North Bend and Marshfield is scheduled for the not distant future. After 
discussion, the Cammission approved the Engineer's request by unanimous vote. 


The Commission discussed its proposed inspection trip to Klamath 
Falls and decided to make such trip during the week starting December 2 
1940. 
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WHEREAS, for the purpose of expediting some of the work 
connected with state parks and state recreational areas it is the 
desire and purpose of the Commission to vest in the said S. H. 
Boardman certain authority and responsibility: 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by this 
Commission, all members being present and affirmatively voting, as 
follows: 


1. That S. H. Boardman in his capacity as State Parks 

Superintendent hereby is, subject to the conditions and limitations 

hereinafter stated, instructed to cooperate with the Federal Gov- 

ernment in matters having to do with the construction, improvement 

and maintenance of state parks and other recreational grounds or : 
places, and in such capacity may cooperate with representatives of ) 
the Federal Government in the selection and designation of locations 
for C. ©, C. Camps, and may recommend for improvement with C. C. C. 

forces or other government forces or funds the state parks or rec- 

reational. areas to be developed with such forces and such funds. 


2. Upon selection or designation of a location for the 
establishment of a C. C. C. camp and upon the selection or designa- 
tion of a state camp or state recreational area recommended for any 
type of improvement or development, whether the same be with state 
funds alone or with state and/or federal funds, he shall sutmit 
such project to the Highway Commission for approval and ratifica- 
tion. 


3. The said State Parks Superintendent shall prepare and 
sutmit to the Highway Commission quarterly a general report of the 
work accomplished during the period covered by such report, includ- 
ing the funds disbursed, whether state or federal, which report 
shall be made with sufficient detail to give to the Commission a 
comprehensive understanding of the work done, the location of the 
same, and the amount of funds expended in connection therewith, 


4. In the event of an emergency requiring a prompt de- 
cision on the part of said superintendent with respect to any mat- 
ter coming under his jurisdiction he shall contact the Chairman of 
the State Highway Camission by telephone or otherwise for instruc- 
tions, and in the event the matter or matters submitted are deemed 
by the Chairman of sufficient importance to require immediate de-— 
cision the Chairmm may instruct the said Superintendent in the ' 
premises, and thereafter the matter shall come to the attention of . 
the Highway Commission for ratification at its next meeting. 


5. This resolution may be rescinded, modified, enlarged 
or otherwise changed from time to time as in the opinion of the 
Commission the circumstances warrant, 
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struction of a turn-around for school busses on the Pacific Highway near the 
Lane-Douglas County line had the attention of the Cammission. The Engineer 
advised that this matter has been investigated by Division Engineer Lytle 
who advises that in order to provide for the turn-around additional right of 
way will have to be acquired. He estimated the cost of the right of way at 
about {75 and construction of the turn-around, including re-establishment of 
property fences, at $248. The Commission deferred a decision in the matter 
until the next meeting and instructed the Attorney in the meantime to secure 
an option for the right of way. 


The Secretary presented requests as follows for sidewalk construc~ 
tion on state highway rights of way: (1) request of the City of Amity for 
sidewalk construction on the Pacific Highway West; (2) request of the City 
of Reedsport for sidewalk construction along Winchester Avenue from Schol- 
field bridge to the city limits; (3) request from residents of Toledo for 
sidewalk construction along the Corvallis-Newport Highway in Toledo for a 
distance of about one-half mile. Action on these requests was deferred by 
the Commission until the next meeting. The Engineer was instructed to sub- 
mit his report on the state-wide program of sidewalk construction at that 
time. 


A delegation from Cascade Locks, consisting of Mayor L. L. Amoth, 
W. N. Keller, President of the Chamber of Commerce, J. Flaucher, lianager of 
the Gity Light Plant, and S. P. Ness, City Attorney, was present. Mr. Flau- 
cher headed the group. They stated that the City of Cascade Locks has been 
severely criticized by newspapers of the state for causing the arrest of 
autoists who drive their cars through their city at a rate of speed in ex- 
cess of 40 miles per hour; also that, while they do not want to appear to be 
too harsh on traffic, in their opinion 40 miles per hour is too fast to 
travel through a built-up camiunity such as theirs. He asked the assistance 
of the Commission in solving this problem and particularly requested the 
maintenance of 35-miles-per-hour speed-limit signs and the installation of 
two flashing beacons over the highray, one at the school and the other at 
the intersection leading to the fire station. He said that the city would 
pay for the traffic lights if the Cammission would authorize them to be main- 
tained over the highway. They also asked for the painting of pedestrian 
lanes across the highway at certain locations, and that the sight distance 
at a curve near the east city limits be improved by the removal of brush 
from the highway right of way. After considerable discussion the Commission 
advised that it would have the signs erected if the city would adopt an ordi- 
nance establishing a 35-mile-per-hour speed limit through the city, The Engi- 
neer was instructed to investigate the justification for installing flashing 
signals and the painting of the pedestrian lanes, He was also instructed to 
investigate the matter of improving the sight distance at the curve east of 
town. 


Mr. Keller then requested authority for the city to do certain work 
on the state highway right of way as may be required in connection with the 
construction of new street connections, He requested particularly that the 
city be given authority to cut the concrete curb at such intersections, all 


9910 


The Commission also discussed an invitation from the Ashland Cham- 
ber of Commerce to be the Chamber's guests at a celebration, either during 
the last week in November or during the first week in December, 1940, to ded- 
jeate the recently cempleted Siskiyou Section of the Pacific Highway. Chair- 
man Cabell and Commissioner Oliver expressed regrets that they could not 
attend this function if it is held any time before the week following the 
Kamath Falls Trip. Commissioner Slough stated that he would be pleased to 
represent the Commission if the celebration is held befor2 the week of the 
Klamath Falls trip, The Engineer was instructed to so inform the Chamber of 


Commerce. 


The Engineer reported on investigations that have been made of con- 
ditions which have contributed to a controversy among people in Lincoln Coun- 
ty relative to the taking of gravel fran the ocean beaches. (Written report 
dated September 30, 1940, directed to F. D. Eason, Division Engineer, and 
signed by Paul Van Scoy and F. D. Thompson, representing the construction and 
parks departments). He stated that this matter has been given very careful 
study and that numerous local citizens have been interviewed with respect 
thereto and it is the consensus of opinion of nearly all that, if the Commis- 
sion would prohibit the taking of gravel and sand in large quantities neces- 
sitating the use of power loaders and scraping equipment, the main objections 
would be satisfied. He read alow the report of Messrs. Van Scoy and Thomp- 
son on this subject and pointed out that these Engineers recommend the main- 
tenance of signs at the following locations: Roads End, Oregon Coast Highway 
Mile Posts 127.0, 128.8, 137.3, 146.7, 150.3, 152.03, and 165.5, prohibiting 
the use of power loading or scraping equipment in the taking of gravel or sand 
from the beaches at these points aid further prohibiting the taking of rock 
larger than 9" in diameter. He also pointed out the recommendation that no 
gravel be taken from the beaches at these locations for use either in state 
highway contract work or state force account work and advised that he concurs 
in the recommendation. after discussion the Commission approved the recan- 
mendation unanimously and instructed the Engineer to see that the signs are 
erected in accordance therewith. 


A letter was presented from the Farmers' Union, Pedee, Oregon, re- 
questing the oiling of the uncompleted two-mile section of Secondary Highway 
No. in Polk County, so as to connect up sections previously oiled, The 
Eng r advised that this project is already included in the tentative bud- 
gst = next year's construction, The Secretary was instructed to so inform 

One. 


A letter was also presented from the North Bend Chamber of Commerce 
asking for the early completion of the Deadman's Curve Project on the Cape 
Arago Secondary Highway. The Engineer advised that this work wae started 
during the past summer but was not completed because of adverse weather con- 
ditions, however it is planned to finish it as early as possible next year 
— state forces. The Secretary was instructed to so inform the Chamber of 

ommerce. 


A request from Cottage Grove School District No, 25d for the con- 
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County Juige Bert Johnson of Morrow County was present and inquir- 
ed whether or not the Commission has as yet made a decision with respect to 
the oiling of the section of the Oregon-Washington Highway between Heppner 
and Lena, He was informed that the Commission has not had an opportunity to 
discuss this matter but would do so at the next meeting. 


Inquiry was made of Judge Johnson as to how the Heppner-Lena recon 
struction project rates with other proposed highway projects in Morrow Coun- 
ty. Judge Johnson replied that the Heppner-Lena improvement is first in 
priority insofar as the County Court is concerned and he urged the Commission 
to give it every consideration in the next program. 


The matter of adopting a permanent route for the Oregon-Washington 
Highway between Milton and the Washington State Line was brought up for dis- 
cussion by the Engineer who recomended the following described, route which, 
he said, connects with the Washington Section of this highway as surveyed by 


the Washington Highway Department; 


Beginning at tha intersection of the North and South center 
line of the West % of Section 12, T. 5 N., R. 35 E., W. M., and 
the center line of Wain Street, in the Town of Milton; thence North 
along the North and South center line of the West $ of Sections 12 
and 1 of T. 5 N., R. 35 E., and Sections 36, 25, 24 and 13 of T. 6 
N., R. 35 E., to the boundary line between the State of Oregon and 
the State of Washington. 


He presented a map showing the proposed alignment, which map is dated. Novem- 
ber, 1940, and bears the signature of himself and that of James A. Davis, 
Acting Director of Highways for the State of Washington. After discussion, 
tue Commission approved the recommendation and thereupon, by unanimous vote, 
edoptec the following resolution in regard thereto: 


WHEREAS, the Oregon-Wlashington Highway is defined and 
located as follows: Beginning at a junction of the Old Oregon 
Trail in Pendleton, northeasterly by way of Adams, Athena, Weston, 
Milton and Freewater to the Oregon-Washington state line; and 


WHEREAS, it is the purpose of the Highway Cammission to 
relocate a portion of said highway so that there may be made possi- 
ble the construction of a highway having a better alignment and one 
that will be more serviceable for the general public. 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED, all men- 
bers being present and affirmatively voting, as follows: 


1. That the route and location of the Oregon-Washington 
Highway between Milton and the Oregon-Washington state line shall 
be as follows: 


Beginning at the intersection of the north and south 
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of witich work is to be done as a WPA project. The Commission approved the 
request unanimously provided the work is done in conformance with state high- 
way standards and without interference with highway traffic and under the 
condition that the city would assume responsibility for any obligation that 
might be incurred by reason of traffic accidents that might occur as a result 
of its operation, and will clean up the premises when the work is completed. 
The Secretary was instructed to confirm the approval in writing. 


Dr. F. W. Starring, Dr. C. S. Tunnell, and W. 0. Sims, members of 
the Baptist Church Conference, appeared before the Commission relative to the 
removal of the baptist Church recreational facilities from land that the 
State Highway Commission has in mind to purchase from a Mr. Giesendorfer at 
Cascadia for state park purposes. They advised that since discussing this 
matter with the Commission at a previous meeting they made diligent search in 
the vicinity of Cascadia for a suitable site on which to re-establish their 
facilities but have been wsuccessful although they did find a suitable site 
about 40 miles from Portland. The objection to this site, they said, is that 
it is so far removed from Cascadia which would prevent them from moving their 
facilities fram that point unless the Commission would allow them an extra 
payment of $500 over and above the $4,000 heretofore tentatively agreed upon. 
The Commission took the matter under advisement and informed them that they 
would be notified within a few days as to the action the Commission may take. 
(This matter was reconsidered by the Commission later in the session at which 
tine the Commission decided in view of the complications involved in this 
transaction to make an offer of a flat sum of $20,000 for the property free 
and clear of all incumbrances including the Baptist Church recreational facil- 
ities and the caring for iir. Giesendorfer in his old age. In the event an 
offer on such basis is refused then the matter is to be dropped entirely. ) 


Mr. R. L. Sprague, representing the Waitsburg Welding Company of 
Waitsburg, Washington, and iir. L. S. Kuhn, representing the Bethlehem Steel 
Company, Portland, came before the Commission on behalf of the request of the 
Waitsburg Welding Company to operate over a short section of the Old Oregon 
Trail between the Washington State Line, near Wallula, and Maryhill Ferry, 
truck and semi-trailer equipment having an overall length in excess of the 
35-foot limit specified by Oregon statutes for such equipment. Mr. Sprague 
stated that his company frequently has occasion to transport structural steel 
from Portland to Waitsburg and, in order to avoid a roundabout route and to 
Save many miles of travel over highways in the State of Washington, they have 
been entering the State of Oregon on the Columbia River Highway near Wallula 
and using the Oregon highways as far as Maryhill Ferry, where they cross back 
into the State of Washington. Their equioment, he said, is legal in the State 
of Washington but it is not legal in the State of Oregon and he has been re- 
fused a permit fram the Salem office of the Commission to operate the same in 
Oregon. He urged the Commission to authorize the granting of this privilege. 
Otherwise, he said, it would be necessary for them to do business in Seattle 
and advised that they would not haul more than one or possibly two loads per 
— —_ Commission approved the request at least until the 1941 Legisla- 

ure meets, 
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secure vacations after July 1, 1941. 


The Commission discussed the matter of payment of the proposed 
sewer assessment against state-owned property in the town of Ontario and 
authorized the payment of such assessment in the event investigation re- 
veals that the State Highway Department will receive benefits from the sewer. 


Consideration was given by the Commission to the claim filed by a 
Mr.Dage, Canyonville, who alleges that the highway department maintenance 
crew damaged his fence and deposited debris on his land. Commissioner Clough 
advised that he is personally familiar with this claim but considers it en- 
tirely out of proportion to the damage, although Mr. Dage is entitled to 
some consideration, After discussion, the Commission authorized the Engin- 
eer to negotiate a settlement with Hr. Dage on the basis of cleaning up the 
material deposited on his land by state highway forces and the repairing of 
his fence to the extent necessary to place it in as good condition as it was 
before the damage was done. 


The Commission discussed and approved a form letter presented by 
the Attorney for distribution to property owners who maintain electrified 
fences along highway rights of way, and authorized the Secretary to sign such 
letters on behalf of the Cammission. (See copy of letter in general corres- 
pondence file dated December 5, 1940 ) 


A letter was presented from the Honorable Walter E. Pearson, State 


lection of delinquent traffic fines and the determination of the liability 
for such fines in cases of doubt. He suggested a renewal of the arrangement 
previously in effect between these departments, which provided for the pay- 
ment of the salary of the employee 50 per cent by the State Treasurer and 

50 per cent by the State Highway Department, and for payment by the State 
Highway Department of that part of his traveling expenses which are incurred 
entirely in connection with the examination of dockets of Justices of the 
Peace, Circuit Court journals, and other records in connection with account- 
ability of Justices of the Peace of all counties for traffic fines owing the 
State. He proposed that the salary of such employee be set at $200 per 
month, The Engineer recommended approval of this arrangement. The Commis- 
sion approved the recommendation by unanimous vote subject to the condition 
that it may be terminated at any time that the Highway Cammission deems ad- 
visable and will be reconsidered under any law bearing on the matter that 
may be enacted by the State Legislature. 


Consideration was given by the Commission to the matter of continu 
ing the arrangement had during the past summer with Oregon State College for 
broadcasting highway information over Radio Station KOAC. The Engineer re- 
commended renewal of this arrangement for the sumer 1941 but that the Col- 
lege's request for State Highway Department participation in broadcasting 
during the winter season be denied. The Commission approved the recommenda— 
tion. 
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center line of the West one- 


North, Range 35 Bast, W. hes 
in the Town of Milton; thence north along the north 


r line of the West one-half of Sections 12 
and 1 of Township 5 North, Range 35 East and Sections 36, 
25, 24 and 13 of Township 6 North, Range 35 East to the 
boundary line between the State of Oregon and the State of 


Washington. 


2. That the above defined and described route and loca- 
tion shall be and the same hereby is adopted as the permanent route 
and location of the Oregon-Washington Highway between said termini. 


3, That until a highway over the said new route has been 
constructed and made available for public travel the present or ex- 
ontinued and 


isting highway route between said termini shall be c 
maintained by the Highway Department for public use. 

4. When a highway over the new and permanent route has 
been constructed and thrown open for public traffic, then an ap- 
propriate resolution shall be adopted and entered in the minutes 
and records of the Commission by which the 
and define the future status of the present existing route. 

5, That the blueprint bearing the date of November 13, 
1940, and the signatures of R. H. Baldock, State Highway Engineer 
of the State of Oregon, and Jas. A. Davis, Acting Director of High- 
ways for the State of Washington, be and said map hereby is approv- 
ed and adopted as & map showing in detail the location of said high- 
way as relocated and defined.* 


records of the Commission and a duly cert 
ed to the Public Roads Administration and a 
County, and a like copy to the Director of Highways in the State of 


Washington, together with a copy of the above mentioned map. 


The Engineer also brought up for discus 

vacations to Highway Department employees who are paid on the hourly basis. 
He gave as his thought that such employees are entitled to a certain amount 
of time off each year, with pay, as are allowed employees who are paid on a 
monthly basis, and recommended approval of such an arrangement for the bene- 
fit of employees who have worked a total of 1500 hours or more during the 
year, the number of hours allowed off with pay to be computed at the rate of 
4 per cent of the total hours worked. Also, in view of the fact that some 
of these employees are paid at several different rates during the year, that 


the rate to be used in computing the amount due each such employee be deter- 
The Commission approved the 


mined by using the average of his hourly rates. 
Engineer's recommendation and set July l, 1940, as the starting date for the 
recording of hours worked, so as to give the employees an opportunity to 
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recommended approval of the request and that he be authorized to erect signs 
in conformance therewith, provided Marion County Court will also ratify the 
City's resolution, The Commission approved the recommendation unanimously. 


The Engineer requested authority to purchase the following equip- 
ment : 


22 automobiles of Ford and Chevrolet tyve to replace w 
old cars ~ estimated cash outlay with trade-in of old 
cars, $7,500 


1 forward-dump truck, with drum attachment, for use on 
Wolf Creek Highway - estimated cost $1,800 


1 Qong-wheelbase truck chassis for sign crew — estimated 
cost $900 plus $400 to construct special body 


Lh 


5 hand-operated, 3 H.P. spray paint machines for sign 
| crew - estimated total cost $750 


1 cab-over-engine truck for traffic line crew - estimated 
cost $1,000 plus $100 to construct body 


| 1 long-wheelbase truck for bridge crew - estimated cost 
$850 plus $100 to construct body 


J 


1 long-wheelbase truck for bridge crew - one old truck to 
be traded in as part purchase price - estimated cost $850 


! 2 4-H.P. dragsaws for use at Santiam Junction and Odell 
3 Lake maintenance headquarters - estimated total cost $220 


| ‘ 

' oa 

‘ 

R 
4 
ay 
3 
§ 
i 
: - 
= 


After discussion, the Commission approved the request by unanimous vote and 
instructed the Engineer to make the purchases through the State Purchasing 
Agent in accordance with the usual practice. 
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The Engineer reported that in conformance with authority previous- 
ly granted him by the Commission he awarded to contractor G. L. Potts, on 
Netober 21, the contract for the construction of three culverts on the Lower 
Colwnbia River Highway, the Beaverton-Aurora Highway and the Tualatin Valley 
Highway, the conditions of the award having been satisfied, and Mr. Potts’ 
bid being the low one sutmitted to the Commission on October 11, 1940, for 
such work. He also reported that on November 9, 1940, he awarded to con- 
trector Roy L. Houck the contract for the construction of the North Marsh— 
field and Marshfield Bunker Hill Sections of the Oregon Coast Highway, the 
conditions of the award having been satisfied and Mr. Houck's bid being the 
low one submitted for this work on October 11, 1940. The Commission, by un- 
animous vote, approved the awards as reported by the Engineer. 


The Camission considered the request from J. R. Morris for a per- 
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The Camaission discussed a request from contractor S. S. Montague 
for relief fram the payment of penalty assessed against him for failure to 
camplete his contract io. 2184, construction of the Read Creek-iiren Creek 
Section of the Kings Valley Secondary Highway, in Polk County, within the i 
specified time limit. The Engineer advised that this contract was awarded on p 
May 26, 1939, and that the date of completion specified therein was September rf 
30, 1939. However, Hr. Montague was unable to finish the job during 1939 on 5 
account of adverse weather conditions which did not permit oiling operations 
until the spring of 1940. Further, that the Commission previously approved an ‘ 
extension of time subject to the condition that the contractor re.mburse the i 
State for extra engineering expense incurred subsequent to the specified date 
of completion and would also pay $50.00 per month for maintenance operations 
during the shut-down period. Investigation discloses, he said, that very 
little engineering work was performed on the job during the winter season al- 
though the cost records indicate an expenditure of $197.50 for the month of 
November, 1939, which was determined by pro-rating engineering expenses for 
this month over several different jobs, whereas, such expense, in his estima-~ 
tion, should have been charged only to the jobs that were actually under way. 
He recommended, in view thereof, that Mr. lontague be relieved of the payment 
of the engineering expense, amounting to $197.50, incurred during the month 
of November. The Commission approved the recommendation and so ordered. 
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The Engineer reported receipt of a letter from Dr. Warren D. Smith, 
Head of the Department of Geology, University of Oregon, relative to the se- 
curing of concise descriptions of interesting geological features along vari- 
ous state highways for general public information. He said that if the Con- 
mission desired to cooperate in this matter it would be necessary to employ 
an extra man to do the work because he could not spare anyone from his pres- 
ent force, and inquired whether or not the Commission is sufficiently inter- 
ested to authorize the payment of the cost involved. The Cammission deferred 
a decision in the matter pending further report from the Engineer after con- 
sulting with Dr. Suith. 


The Canmission discussed a letter fran the City of Salem requesting 
ratification of its resolution No. 4444, passed by the City Council on Octob- 
er 7, 1940, designating north Capitol Street and 12th Street, in Saiem, a 
through route for truck traffic. Also, requesting the State Highway Depart- 
ment te furnish and maintain appropriate signs along such route from the in- 
tersection of North Capitol Street with the Fairgrounds Road, to the junctio 
of South 12th Street with the Pacific Highway West, south of Salem. The En- 
gineer advised that this route described comes under three classifications; 
viz.: (1) State highway along North Capitol Street southerly to Court Street, 
thence easterly to 12th Street, thence southerly to State Street; (2) City 
Street along South 12th Street from State Street to the city limits; (3) Coun- 
ty road, being an extension of South 12th Street, from the city limits to the 
junction with the Pacific Highway West. 


He pointed out that the City's resolution has no legal standing un- 
til ratified by the State Highway Commission, insofar as it pertains to the 
state highway, and by the County Court with respect to the county road. He 
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ed rock or crushed gravel in stock piles. A. 5. Wallace of Rose— 
burg submitted the low bid for this project, being in the anount 

of 3245.00. E. H. Itschner of liolalla submitted the next low 

bid in the anount of $12,798.00. There was only 1 higher bidder. 
The Commission refers all bids received for this work to the En- 

gineer with power to award the contract to the low bidder, A. 5S, 

Wallace, when certain conditions have been fulfilled. 


a. 


"Scappoose-Multnomah County Line Section of the Columbia Riv- 

er Highway, in Columbia County. 3.09 miles grading and paving. i 
The low bid received for this work was that of Roy L. Houck of 
Salem, in the amount of $87,492.00, The next low bid was that of 
Porter W. Yett, Portland, in the amount of $94,603.30. There were 
3 higher bidders, The Commission has referred all bids on this 
project to the “ngineer with power to award the contract to the 
low bidder when certain conditions have been fulfilled, 


“Millican-brothers Rock Production Project on the Central Ore- 
gon Highway, in Deschutes County. Furnish approximately 7,000 cu. . 
yds, crushed gravel in stock piles. The low bid submitted on this - 
work was that of A. S. Wallace, Roseburg, in the amount of $9,030.00. 
Rogers Construction Company of Dayton, Washington, submitted the 
next low bid, in the amount of $10,801.00. There was only 1 other 
bid received on this project. The Commission refers all three bids 
to the Engineer with power to ~vard the contract to the low bidder 
when certain conditions have been fulfilled. 


oe 


“Third Street (Bend) Undercrossing Section of The Dalles-Cal- 
ifornia Highway, in Deschutes County. 0.22 mile roadside improve- 
ment. The low bidder on this project was Blair T. Alderman,Eugene, 
with his bid of $2,732.50. The next low bidder was E, L. Gates of 
Trail, with his bid of $2,775.00. There were 2 higher bidders, 
This contract is awarded to Blair T. Alderman, the low bidder, at 
his bid of $2,732.50. 
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"Siletz—Toledo Section of the Siletz Secondary Highway, in 
Lincoln County. 5.4 miles grading and 7.8 miles surfacing and o/l- 
ing. The bid of Homer G, Johnson, Portland, in the amount of 
$90,320.00, using tar, was the low one received for this nroject, 

hat of Berke Bros., Portland, in the amount of $91,569.60, also 
based on the use of tar, was the second-low bid. Neither of these 
contractors bid on the use of asphalt. There were 5 higher bidders, 
The Cammission awards this contract to the low bidder, Homer G. F 
Johnson, at his bid of $90,320.00, uBing tar. 4 
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RI "“Pendleton-Pilot Rock Rock Production Projeet on the Pendle- 
¥ ton-John Day Highway, in Umatilla County, Furnish approximately 

fl 6,000 cu, yds. crushed rock in stock piles, Rogers Construction 
Company of Dayton, Washington, submitted the low bid for this pro- 
2 
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ject, their bid being in the amount of $8,747.50. A. S. Wallace, 
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mit authorising him to transport logs over the Columbia River Highway between 
Mosier and Hood River, necessitating the use of Mosier Tunnel. The Engineer 
recommended that the request be denied. The Commission approved the recam— 
mendation. 


ee 


commendation. 


A request fran Wentworth and Irwin, Portland, to operate over the 
Qld Oregon Trail from Ontario to Portland, trucks carrying loads having an | 
overhang of 2 feet in excess of the limits permitted by statute, had the at- 

tention of the Commission. The Commission granted the request as an emergen- 

cy proposition until the 1941 Legislature convenes. 


The Commission considered the request from Mr. Stanley Currington 
for reinstatement of his log hauling permit which was recently suspended for 
a period of 15 days because of three arrests for overloading. The Commission 
denied the request and ordered that the State Police Department be instructed 
to retain Mr. Currington's PUC plates until November 19, 1940, when the 15- 
day period expires. 


The Commission also considered a request from Mrs. Daisy M. Whitlow 
for reinstatement of her log hauling permit which was recently cancelled be- 
cause of transporting logs during hours of darkness, which is in violation of 
the rules and regulations covering operations of this kind. The Secretary 
advised that Mrs. Whitlow's permit was cancelled by the Public Utilities Com- 
missioner on October 18 and that her truck has not been used in log hauling 
since that time. Further, that her truck has been involved only once previ- 
ously in a traffic-law violation, that being for a slight axle overload. 
After discussion, the Conmission considered that Mrs. Whitlow has been suffi- 
ciently punished for the present offense and authorized the reinstatement 
of her permit on hionday, November 18, 1940. 


The Engineer requested authority for Assistant State Highway Engi- 
neer C. B. McCullough to attend, at state expense, the meeting of the Highway 
Research Board which is to be held in Washington, D, C., during the week of 
December 2, 1940. He estimated the expense involved would not exceed $200. 
After discussion the Commission approved the request by unanimous vote sub- 
ject to concurrence by Governor Charles A. Sprague. 


At 3:30 p. m. Chairman Cabell announced the award of contracts as 
follows, bids for which were taken at the morning session, such awards having 
been previously approved by the Commission by unanimous vote: 


“Woodburn-Holalla~Silverton Rock Production Project in Clackae 
mas and Marion Counties. Furnish approximately 7,900 cu.yds. crush- 
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changes are available by virtue of elimination of certain projects 
as hereinafter noted, by additional cooperation proferred by the 
state Highway Department and fran the Oregon Forest Highway contin- 
gent fund. 


‘ojects the oved 7) which are now to be revised 
Funds 
No. oject Length Flu. Coop Remarks 
10-Dl Oregon Coast ily. 2.0 $20,000 $50,000 


Reconstr. Grad. 


17-53 Crater Lake Hwy. -03 35,000 
Trail Cr.6r.Reconstr. 


24-42 North Santiam Hiry. 2.0 100,000 
Reconstr.Urad.,surf.,& Br. 


Surveys —10,000_ 
$165,000 $50,000 
Recommended revisions and additions 
Funds 
Now Project Length FP.H. Coop, Remarks 


10-D1,E Oregon Coast Hwy. 1.3 $70,000 $50,000 
Reconstr.Grad. & Surf. 


17-383. Crater Lake Hwy. 03 (35,000) To be elimi- 
Trail Cr.Br.Reconstr. nated 
23-E2,G4 Santiam Hwy. 7.0 100,000 50,000 
Reconstr. Gr. & Surf. 
24-42 North Santiam 2.0 (100,000) To be elimi- 
Reconstr. Grad., ourf., nated 
& Bridges 
Post Construction 4,000 
Surveys 30,000 


TOTAL $204,000 {$100,00u 
Qregon Coast Hwy., Reconstr. Grad. & Surf. Proj, 10-D1,E 1.3 mi. 


Upon campletion of surveys the construction on the first unit 
to be improved proved to be heavier than preliminary estimates had 
indicated, and the length involved in the project to be less than 
estimated. The project is on the military strategic system, and 
it is considered important to make it availabel for use with a min- 
imum of delay. Accordingly, it is recommended that additional funds 
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Roseburg, submitted the next low bid which was in the amount of 
$9,000.00. There were 5 bidders, This contract is awarded 
to the low bidders, Rogers Construction Company, at their bid of 
$8,747.50. 


“Minam Hill Viaduct on the Wallowa Lake Highway, in Union 
County. The bid of the Colonial Construction Canpany of Spokane, 
Washington, in the amount of $26,425.00, was the low one received 
on this project. That of Lindstrom Bros., Portland, was the second 
low bid received, being in the sum of $28,557.00. There was only 
1 higher bidder. The Commission awards this contract to the Col- 
onial Construction Company, the low bidders, at their bid of 
$26,425.00. 


"Lease of Riparian Rights in Oregon City. The only bid for 
the lease of Location "A" was that of Hawley Pulp & Paper Company 
of Oregon City, in the amount of $60.00, yearly rate. This bid is 
rejected by the Commission. Crown Zellerbach Corporation of Port- 
land was the only bidder for the lease of Location "B", its bid be- 
ing in the amount of $250.00, yearly rate. The Commission also re- 
jects this bid." 


Consideration was given by the Commission to the matter of granting 
a lease of the riparian rights in the Willamette River in Oregon City, parti- 
cularly locations “A" &"B", as described in the proposal form covering the 
sale of such leases, in connection with which bids were received at this 
meeting. The Cawnission decided, in view of the fact that the bids received 
at this letting were unsatisfactory and were rejected, it would be advisable 
to negotiate the sale of such leases privately rather than to readvertise for 
bids for the same. The Attorney was thereupon authorized to carry on such 
negotiations privately with interested parties with the understanding that 
the Commission will not accept less than $125.00 annually for the lease of 
Tract "A" and not less than ¥650.00 annually for the lease of Tract "BD". 


Mr. H- D. Farmer, Senior Highway Engineer, Public Roads Administra- 
tion, was present and conferred with the Commission in regard to revision of 
the Forest Highway Program for 1941 Forest Highway funds, as was suggested 
by W. H. Lynch, District Engineer, earlier in the session. After careful 
consideration of this matter, the Commission approved the revisions suggested, 
and thereupon signed the following joint letter with Mr. Lynch and the Re- 
gional Forester, directed to the Chief of the Forest Service and the Commis- 
Sioner of Public Roads, Washington, D. C., relative thereto: 


November 13, 1940 
Gentlemen: 
The. following changes in the fiscal year 1941 Oregon Forest 


Highway Program approved by the Secretary March 28, 1940, are sub- 
mitted with recommendation for approval. Funds to finance the 
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leaving the original approved work incamplete. The balance of 
$1,500 would be held as a contingent to be used if and when emer- 
gencies demand items of work classifying as Post Construction or 
Betterments which would be authorized only on specific written 
authority. 


Location Surveys 


Funds recanmended are planned to finance the necessary surveys 
and P.S.& E. on routes listed in the fiscal year 194] program as 
well as on routes which have been approved in earlier programs and 
which are as yet incomplete. In addition, it is planned to use the 
funds in conducting location surveys on the following routes on the 
strategic system on which data may be required. 


McMinnville-Tillamook Hwy. 
Oregon Coast Hy. 

Siuslaw Hy. 

Redwood Hwy. 

Pacific Hwy. 
Dalles-California Hwy. 
Ochoco Hy. 

Columbia Hwy. 

Warm Springs Hwy. 


ANALYSIS OF FUNDS 


Funds to finance the increase in the program are available as 
follows: 


Unobligated contingent balance old Forest Highway 


Funds (prior to F.Y, 1941) $21,379.31 

(1) Unobligated contingent balance F.Y 41 funds 63,067.12 
Total State Contingent $84,446.43 

Net increase in program recommended above 39,000.00 
Remaining Contingent $45,446.43 


(1) F.Y. 4L10Z A&E $116,755.00 
Present obligations _ 53,687.88 


Balance $63,067.12 


The State Parks Superintendent was present and discussed with the 
Commission the matter of creation of two State game reserves, one located on 
Saddle Mountain, in Clatsop County, embracing Saddle Mountain State Park and 
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be allocated to camplete the improvement between termini which will 
permit connection to be made with the existing road. In order to: 
make the road immediately usable, we have now inelwied in the proj- 
ect the item of surfacing which accounts for a part of the increas- 
ed cost. It becames necessary to extend the project slightly beyond 
the limits of Section D in order to make a proper contact with the 
existing road. For this reason the designation has been changed 
from that in the originally approved program. 


Crater Lake Hwy., Trail Creek Bridge, Reconstruction, Proj-17-B3 .03 mi- 


It is recommended that the above project be cancelled and the 
funds be returned to the State Contingent Fund, thus making it pos- 
sible to program additional funds to project 10-D1,E. 


t Hwy. onstr., Grad S oj. 2 ‘ 


Our recommendations for the fiscal year 1941 program cited a 
possible transfer of funds from the North Santiam to the Santiam 
Highway to finance a second unit on the latter route in the event 
that the money was not required this year to finance a proposed in- 
provement of the North Santiam Highway in cooperation with the War 
Department. On the basis of the terms of the tentative cooperative 
agreement locally agreed upon and recently submitted for approval, 
it now appears that Forest Highway funds will not be required on 
the North Santiam Highway until the fiscal year 1942. It is, there- 
fore, recommended that the sum of $100,000 Forest Highway Funds and 
an additional $50,000 cooperative funds be approved to finance the 
improvement of the Santiam Highway from Hogg Rock to a point in the 
vicinity of Suttle Lake. The grading work contemplated is stabili- 
zation of slopes and widening the subgrade sufficiently to obtain 
a 20 ft. paved surface with two foot minimum shoulders on top of 
surfacing. Provision will also be made to obtain 8 ft. shoulders 
alternating at approximate two mile intervals. This project is on 
the strategic system (third priority). 


North Santiam Hwy., Reconstr. Grad. , Surf. & Bridges, 24-A2, 2 mi. 


It is recomended that this project be cancelled and fund re- 
turned to the State Contingent fund making it possible to program 
the improvement of Project 23-E2, G4. 


Post Construction and/or Betterments 


It is recommended that $4,000 be allocated fram the State Con- 
tingent for Post Construction and/or Betterments on projects now 
under maintenance. Authority is requested to allot $2,500 of this 
sum to complete the program of cutting dangerous trees and snags on 
the North Santiam Koute, Funds previously approved for this pur- 
pose were diverted to items of greater emergency on the same route, 
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Stations, Inc., which would satisfactorily dispose of this matter. After 
: discussion, the Comission authorized negotiations with the Standard Ste- 
c tions, Inc., to that end and ordered that the outcane thereof be reported to 1. 
the Gamnission before any deal is closed. / 


County Judge David F. Graham, of Malheur County, was present and 
renewed his previous request for certain highway improvements in Malheur 
County. The Commission agreed to bear the projects in mind in preparation 
of future construction programs. i 


County Judge A. R. Bowman of Crook County was present and urged i" 
early construction of the Marks Creek Section of the Ochoco Highway. He 
asked the Commission to place the work under contract so that it can be cam- { 


pleted during the 1941 season. He was informed by the Engineer that surveys 
are now being made of this highway west from Mitchell to a connection with 
the Forest Highway Section and that he intends to recommend to the Comis- 
sion the building of the west end of the uncampleted section as the Camnis- 
sion's next project on this road. 


The Commission discussed the matter of snow removal projects on { 
various state highways throughtout the State. After careful consideration, 4 
the Commission, by unanimous vote, took action as follows on such matter: 


1. Sumpter Valley Secondary State Highway in Baker County ‘ 
and its extension over the county road to the town of Granite, in 
Grant County:- This project approved subject to the willingness of 


Baker and Grant Counties to reimburse the State for the cost of 

the operations beyond the limits of the secondary state highway. ‘ 
The Secretary was instructed to inform the County Courts of Baker 
and Grant Counties and interested mining people of Granite of the 

action taken, 


2. Anthony Lakes Koad, in Baker County:- The Camission con- 
sidered that snow removal operations on this road are not its re- f 
sponsibility in view of the fact that the road is not a state high- \ 
way. However, the Commission authorized snow removal operations q 
on the secondary state highway that connects with this road, pro- 
vided Baker County removes snow from the county road section. The 
Secretary was instructed to so inform the Baker County Court and \ 
the winter sports organization in Baker. 4 


! 3. Oregon Caves Road:- The Commission decided not to conduct 

' Snow removal operations on this road beyond the farming area; how- 

a ever, agreed to allow the National Parks Service or the operators 

i of the Oregon Caves Resort to conduct such operations beyond the 

limits of the farming area if the State is relieved of all respon- a’ 
sibility and liability in connection therewith and, provided furth- 
er, that a gate will be maintained across the highway at the limits 
of the farming area so as to stop traffic at this point when the 
highway beyond is not suitable for travel. 


: 
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adjoining privately-owned lands, and the other located adjacent to the Oregon 
Coast Highway near Yachats and being an addition to the present game reserve, 
known as the Grass Mountain Game Reservation. The Commission considered that 
it is not within its province to initiate the creation of game reserves, it 
being the Commission's thought that such matter is the function of the State 
Game Commission, which should secure the necessary legislation. The Parks 
Superintendent was instructed to so inform the State Game Commission and ad- 
vise that body that the Highway Commission is in sympathy with such movenent 
and will give its moral support thereto, although it cares not to take the 
initiative in the matter. 


The Parks ©uperintendent reported on investigations for the estab- 
lishment of wayside picnic areas along the Mount Hood Highway, as has previ- 
ously been requested by the Hood River Garden Club. He said that he found 
two places that would be suitable for this purpose, one of which is excep- 
tionally good and is located opposite Highway Engineer's Station 628, about 
10 miles south of Hood River, where an excellent view of Mount Hood may be 
obtained. He estimated that it would cost about $750.00 to acquire this one 
tract and to develop the same, and he recommended approval of the expenditure. 
After discussion, the Commission approved the recommendation as a trial prop- 
osition and authorized the Attorney to negotiate for the acquisition of the 
property, it being understood that the ¢ost of acquiring it and developing 
it should be charged to the state park budget and that the maintenance of 
the site thereafter should be charged to the maintenance budget. 


The Parks Superintendent asked the Commission to approve four state 
park CCC camps located as follows: 


1. Silver Creek Falls Park, in Marion County, being a renewal 
of the existing camp. 


2. Saddle Mountain Park, in Clatsop County, being a renewal 
of an old camp. 


3. Crooked River State Park, in Jefferson County. (new camp) 
4. Unpqua Lighthouse Park, in Douglas County, (new camp) 
The Commission referred this matter to Chairman Cabell with full power to act. 


The Engineer reported the cost to channelize the intersection of 
Denver and Union Avenues, Portland, in order to provide greater safety to 
traffic at this point. He estimated such cost, which includes construction 
of channel islands and the installation of traffic lights, to be approximate- 
ly $6,000 and recommended the expenditure in the interests of traffic safety. 
The Commission epproved the recommendation unanimously. In this connection, 
the Engineer pointed out that provision would have to be made for the removal 
of the service station buildings owned by the Standard Stations, Inc,.,on the 
highway right of way on the Denver Avenue approach, which matter has been 
pending for same time. He suggested an exchange of properties with Standard 
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Highway Department to sponsor this project and to pay 25 per cent of the 
cost, including the furnishing of powder, that is required by the Federal 
Goverrment as the sponsor's contribution. The County is willing to assign 
county equipment, he said, as may be necessary to carry on the work. The 
Commission took the matter under advisement. 


Chairman Cabell reported receipt of a letter signed by F. N. Finch, 
General Manager, Union Pacific Railroad Company, and E. L. King, Superinterd- 
ent of the Southern Pacific Campany, accepting the Highway Commission's pro- 
posal of October 18, 1940, with respect to the amount that the Highway Can- 
mission is willing to pay the railroad canpenies for the use of the Steel 
Bridge in Portland as a route for state highway traffic. The letter was re- 
ferred to the Engineer for acknowledgnent. 


The Cammission had under consideration the following requests for 
extensions of time within which to camplete highway construction projects: 


Roy L. Houck, Contract No. 2227, for grading and paving the 
Salem-Pringle Creek Section of the Pacific Highway Bast, in Marion 
County, requested an extension of time, from August 31 to October 
23, 1940, within which to complete this project. He alleged that 
his failure to camplete the job within the specified time linit 
was occasioned by orders from the Engineer to complete the Albany 
grading and paving project before starting the work at Salem; also 
the failure of the gravel company to furnish crushed material for 
shoulder construction. The Engineer advised that the reasons given 
by the contractor for failure to complete the project within the 
specified time limit are correct. He recammended in view thereof 
that the extension of time requested be granted without penalty. A 
letter was presented from the Public Roads Administration concur- 
ring therein. The Commission approved the recommendation unanimous- 
ly. 


Rogers Construction Company, Contract No, 2237, for surfacing 
and oiling the Klamath Agency-tiodoc Point Section of The Dalles— 
California Highway, in Klamath County, requested an extension of 
time of 20 days, from “ugust 31 to September 20, 1940, within which 
to canplete this project. They attributed their failure to canplete 
the project within the specified time limit to an increase in the 
quantities of materials required. The Engineer advised that the 
overrun in time limit amounted to 6.6 per cent of the total time, 
and that the increase in quantities amounted to 7.09 per cent of 
the quantities estimated. He recomended in view of the fact that 
the quantities were increased after the contract was awarded that 
the extension of time requested be granted without penalty. A let- 
ter was presented from the Public Roads Administration concurring 
therein. The Commission approved the recammendation unanimously, 


E. C. Hall Company, Contract No. 2242, for the lit. Hood Rock 
Production Project on the Mt. Hood and Wapinitia Highways, in Clack- 
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4. MeKenzie Highway:- The Commission denied the request of 
the Eugene Junior Chamber of Commerce for snow removal on this high- 
way for the benefit of winter sports enthusiasts because, according 
to the records, the cost to repair the highway in the spring a6 & 
result of such operations is far in excess of the cost of removing 
the snow. The Secretary was instructed to so inform the Chan ber of 
Commerce and to suggest that the Chamber endeavor to find a suitable 
place along the Willamette Highway which highway the Cammission pro- 
poses to keep open for travel the year round. 


5. Diamond Lake Secondary Highway, particularly from Union 
Creek junction with the Crater Lake Highway to the junction with The 
Dalles-California Highway. The Commission considered that the cost 
of keeping this highway open during the winter season is not justi- 
fied by the amount of traffic that it carries, hence denied the re- 
quest, 


6. Weston-Elgin Secondary Highway, in Umatilla and Union Coun- 
ties:- The Commission decided, as an experiment, to keep this road 
open for travel throughout the coming winter season and over its 
entire length. The Engineer was thereupon authorized to proceed 
accordingly. The question of whether or not the road would be kept 
open during future winters will be determined after the experience 
of the coming winter has been studied. 


The Engineer requested authority to advertise for bids for con- 
struction of a laboratory building, to be erected on the Highway Depart- 
ment's shop premises at Salem. He explained the urgent need for the build- 
ing and estimated the cost of a suitable building at approximately $95,000. 
After discussion the Commission approved the request by unanimous vote. 


Chairman Cabell presented a letter from the Housing Authority of 
Clackamas County advising that application has been filed with the U, S. 
Housing Administration for a housing project on a tract of land situate be- 
tween the Southern Pacific railroad tracks and 32nd Street, Milwaukie, about 
2 blocks north of Harrison Street, and further advising that, in order to 
protect their project it would be necessary for them to acquire fran the 
State Highway Department one acre of land bordering on their project, which 
land is now being used by the state as a gravel pit and source of materials 
for highway construction. The Engineer advised that this gravel pit contains 
a lot of fine material which could be used to good advantage in connection 
with the construction of the Front Avenue project in Portland ami other pro- 
jects in this vicinity. He questioned the advisability of disposing of the 
pit because of the possibilities of increasing the cost of highway construc— 
tion. After discussion, the Commission referred this matter to Chairman. 
Cabell with full power to act. 


Canmissioner Oliver presented a request from Baker County for state 
aid in a proposed WPA project for the improvement c* the Sumpter Valley Se- 
condary Highway in Baker County. He said that the County Court is asking the 
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engineering costs incurred for engineering supervision subsequent 
te the specified date of completion. A letter was presented from 
the Public Roads Administration concurring therein. The Gamis- 
sion approved the recamendation. 


S. S. Montague, Contract No. 2312, for construction of abut- 
ments to the Strassel Undercrossing on the Wolf Creek Highway, in 
Washington County, requested an extension of time of 30 days, fram 
September 30 to October 30, 1940, within which to cumplete this 
job. He alleged that his failure to camplete the project within 
the specified time limit was occasioned by intermitent delays caus- 
ed by the Southern Pacific Company in the performmee of certain 
work that the railroad campany is doing in connection with this 
job. The Engineer advised that the contractor could not start his 
operations ntil the railroad company had driven false work wh ich 
work was not commenced by the railroad company until about six 
weeks after the contract was awarded to Mr. Montague. He recam- 
mended in view of the circumstances that the extension of time re- 
quested be granted without penalty notwithstanding that the Public 
Roads Administration will ncd&concur therein. A letter was present- 
ed from the Public Roads Administration setting forth its views in 
the matter and explaining why they could not approve the extension 
of time without penalty. After discussion the Commission voted un- 
animously to extend the time limit as requested without penalty in 
conformance with the Engineer's recommendation. 


0. ©. Yocom, Contract No. 2315, for surfacing and oiling the 
Canyonville-Days Greek Section of the Tiller-Trail Secondary High- 
way, in Douglas County, requested an extension of time of 15 days, 
from September 30 to October 15, 1940, within which to camplete 
this project. He alleged that his failure to complete the project 
within the specified time limit was due to unsatisfactory weather 
conditions prevailing at the time that the final surfacing and oil- 
ing work was being done. The Engineer advised that this contract 
was awarded on May 3, 1940, but the contractor did not cammence 
operations until July 22, 1940; further that the principal reason 
for the delay in completing the project in time was due to the de- 
lay in commencing the work. He recommended in view thereof that 
the extension of time requested be granted but that the contractor 
be charged with the extra engineering expense incurred by the state 
subsequent to the specified date of completion. The Camission ap- 
proved the recommendation. 


li. L. O'Neil & Son, Contract No. 2321, for grading and surfac- 
ing the Lone Rock Junction-Rock Creek Section of the Wasco—Heppner 
Secondary ay, in Gilliam County, requested an extension of 
time, from J 31 to August 24, 1940, within which to complete 
this job. They attributed their failure to complete the project 
within the specified time limit to delay in award of the contract 
which did not permit the commencement of operations wntil late in 
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amas and Wasco Counties, requested an extension of time, from October 
31, 1940, to June 30, 1941, within which to complete this job,. They 
stated that when this job was awarded to them they had severs} con- 
tracts under way, requiring the production of crushed rock, which 
utilized all of their crushing equipment, so in order to expedite 
this particular project they leased equipment from contractor H. L. 
Rice, who failed during the progress of the work and was adjuiged 
bankrupt, necessitating the discontinuance of the use of his equip- 
ment. As a result, these operations were slowed down to such an ex- 
tent that they could not be completed before bad weather set in and 
it will be necessary to extend the time limit until next year when 
weather conditions are favorable. The Engineer advised that this 
contract was awarded on November 3, 1939, but the contract provided 
thet the work need not be commenced before April 15, 1940, and that 
all material for the Mt. Hood Highway should be produced and stock- 
piled not later than June 30, 1940, and that all work under this 
contract should be completed not later than October 31, 1940. He 
further stated that the contractor did not get a very early start 

on the work—in fact the first rock was produced from the Bright- 
wood quarry on August 19; however, production from this quarry was 
campleted on October 19. Due to sickness of both subcontractors 
Harry L. Rice and Knute Lien and to financial embarrassment of these 
men it was necessary for Mr. Hall to take over the subcontractors’ 
equipment early in October which was too late for him to make aay 
progress fram the other quarry that was provided for his use, knom 
as the Bear Paw Quarry, before bad weather set in but he has agreed 
to expedite the work early next spring so as to complete the job 
not later than June 30, 1941. He recommended in View of the adverse 
conditions surrounding this contract that the extension of time be 
granted without penalty. The Commission approved the recommendation 
unanimously. 


Leonard & Slate, Contract No. 2260, for grading, surfacing and 
oiling the West Unit, Petersburg-Fairbanks Section of the Fifteen 
Mile Creek County Road, in Wasco County, requested an extension of 
time of 14 days, from July 31, to August 14, 1940, within which to 
complete this contract. They stated that this project could have 
been graded at an earlier date but was purposely delayed in order 
that the oiling could be done immediately following the grading, 
thus insuring a better finished road; also that there was a substan- 
tial amount of oiling remaining to be done on their contract for the 
construction of the Lang Canyon-Arlington Section of the Columbia 
River Highway which highway carries heavy traffic. They felt that 
the public interests would be better served by completing the oiling 
on this job rather than the oiling of the Petersburg-Fairbanks Pro- 
ject which carries a comparatively small amount of traffic. The 
Engineer advised that he knows of no good reason why this job could 
not have been campleted within the specified time limit and accord- 
ingly recommended that the extension of time requested be granted 
but that the contractor be required to reimburse the state for extra 
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specified time limit was due to conditions over which they had no 

control, particularly the following: The federal government com- 

mandeered their superintendent who was particularly familiar with . 
the work and who could not be replaced on short notice; union labor a 
on the job could not be employed more than 5 days a week; and dif- 
ficulties encountered in fitting the new diaphrams with the old 
gears, et cetera. The F-gineer advised that the specified date of 

completion was August 31, 1940, but the Commission extended this 

time limit to October 15, 1940, without penalty because of the de- 

lay incurred by the contractor“in securing the necessary cable fram 

the factory. He further stated that since the Commission took ac- 

tion extending the time limit to October 15 there has been added 

to the work an item of replacement of guide rollers which installa- 

tion took about three days' time. He gave as his thought that, ex- 

cept for the three days' time in installing the guide rollers, the 

contractor should have completed the job by October 15 anJ recan- 

mended that the extension of time now requested be granted subject 
to the condition that the first three days thereof be without pen- ia 
alty but the contractor be charged with the engineering expense : 
incurred by the state subsequent to such three-day period. The ; 
Commission approved the recommendation. 
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; The Engineer reported that Contracts Nos. 2227, 2232, 2237, 2249, 
j 2260, 2267, 2294, 2301, 2312, 2315, 2321, 2323, 2324, 2334, and 2337, for 
the construction of state highway projects, have been cémpleted according 
to the requirements of the contracts or modifications thereof, and that said 
jobs are now ready for acceptance. The following resolution accepting the 
above projects was offered and was adopted by the unanimous vote of the Con- 
nissions 


WHEREAS, the Engineer has reported that the following 
State Highway Commission contracts for the construction of state 
highway projects have been completed according to the terms and 4 
provisions of the contracts and said jobs are now ready for ac- \ 
ceptance: t 


ee 


Contract No. 2227, with toy L. Houck, for grading 
and paving the Salem—Pringle Creek Section of the Pacif- 
ic Highway East, in ilarion County. Completed October 22, 
1940. 


Contract No. 2237, with Rogers Construction Company, 
for grading, surfacing and oiling the Klamath Agency-—ilodoc 
Point Section of The Dalles-California Highway, in Klamath 
County. Completed September 9, 1940. 
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Contract No, 2249, with Roy L, Houck, for bituminous 
macadam surfacing on the Siskiyou-State Line Section of the 
Pacific Highway, in Jackson County, Completed October 31, 
1940. 
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the season when dust conditions were very bad which interfered . 
greatly with the progress of the work, The Engineer advised that 
bids on this project were taken by the Camission on hiay 3 but the 
contract was not awarded until liay 28; further that operations 

were not commenced until June 13 which was two weeks after award® 
of the contract. He recommended that the extension of time request~ 
ed be granted and that no penalty be imposed on the contractor for 
the first 15 days of the overrun of the time limit so as to offset 
the period of time elapsed be the taking of bids and the award 
of the contract, but that the contfactor be charged with the extra 
engineering expense incurred by the state fran the end of such peri- 
od, August 16, to the time that the job was completed on August 24, 
1940. A letter was presented fran the Public Roads Administration 
coneurring therein. The Commission approved the recommendation. 


Homer G. Johnson, Contract No. 2324, for grading, surfacing 
and oiling the Prineville Section of the Ochoco Highway, in Crook 
County, requested an extension of time of 30 days, from September 
30 to October 30, 1940, within which to complete this job. He at- 
tributed his failure to camplete the project within the specified 
time limit to bad weather conditions and unexpected breakdowns of 
his equipment. The Engineer advised that he knows of no good rea- 
son that could be given by the contractor for failure to complete 
the job within the specified time, He recanmended in view thereof 
that the extension of time requested be granted but that the con- 
tractor be charged with the costs of engineering incurred by the 
state subsequent to the specified date of completion. A letter was 
presented from the Public Roads Administration concurring therein. 
The Camission approved the recommendation unanimously. 


Warren Northwest, Inc., Contract No. 2334, for surfacing, pav~ 
ing and construction of bituminous macadam on the Albany-Crabtree 
Corner Section of the Santiam Highway, in Linn County, requested an 
extension of time of 10 days, from September 30 to October 10, 1940, 
within which to complete this job, They alleged that the overrun 
of time limit was primarily caused by an increase of the subbase 
gravel material of 50 per cent over the estimated amounts, and also 
because of an increase of the contract amount of approximately 113 
per cent over the original bid items. The Engineer reported that 
the reasons given by the contractor for failure to complete the 
project within ths specified time limit are correct. He recommend- 
ed that the extension of time requested be granted without penalty. 
The Commission approved the recommendation unanimously. 


Contracting and Sales Company, Inc., Contract No. 2336, for 
replacement of wire rope on the Interstate Bridge over the Columbia 
River on the Pacific Highway between Fortland, Oregon, and Vancouv- 
er, 'lashington, requested an additional extension of time, fran 
October 15 to November 14, 1940, within which to camplete this job. 
They alleged that their failure to complete the project within the 
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Contract No. 2337, with Fife & Company, for con- 
struction of a maintenance patrol station at Blue Koun- 
tain on the I.0.N. Highway, in Malheur County. Com- 
pleted October 23, 1940. 


THEREFORE, BE IT RESOLVED that the work covered by said 
state highway contracts for the construction of said state highway 
projects be declared completed according to the terms of the re- 
spective contracts, and said jobs are hereby accepted and final 
payment in connection with each is hereby authorized, 


The Commission considered and signed agreements, et cetera, as 


follows: 


Petition directed to Public Utilities Commissioner for plac- 
ing reflectorized signs at crossing of Portland and Southwest 
Railroad near Scappoose. 


“Consent to Vacation”, having to do with vacation of alley in 
West Rainier, previously approved by Commission. 


Agreement with Hunt Livestock Company providing for lease of 
property for maintenance station at Maupin. 


Quitelaim deed conveying unto Douglas County a portion of the 
old county road adjacent to Pacific Highway in Jones Addition to 
Roseburg. Right of way transaction No. 8219. 


Warranty deed conveying unto Northern Pacific Railway Campany 
certain property at Scappoose, Right of way transaction No. 7696. 


Bargain and sale deed conveying unto Albert Hoffarber 344 
square feet of land in Lots 16 and 17, Hoffarber Tracts, adjacent 
to Pacific Highway West in Washington County. Right of way trans- 
action No. 6951. 


Bargain and sale deed conveying unto James A. Harris 4728 
square feet of land adjacent to Oregon Coast li;ghway at Brookings, 
Curry County. Right of way transaction No. 7702. 


“Agreement for sale of real estate" covering acquisition of 
property fron Home Owners Loan Corporation situate adjacent to the 
Cascade Highway, in Clackamas County. Right of way transaction No. 
Rr, 
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Contract No. 2260, with Leonard & Slate, for grading, 
surfacing and oiling the West Unit, Petersburgh-Fairbanks 
Section of the Fifteen Mile Creek County Road, in Wasco 
County. Con leted August 14, 1940. 


Contract ilo. 2267, with Roy L. Houck, for grading and 
paving the albany Section of the Pacific Highway East, in 
Linn County. Completed October 26, 1940. 


Contract io. 2294, with Barham Brothers, for construc- 
tion of a maintenance patrolmen's headquarters on the Wil- 
lamette Highway near Odell Lake, in Klamath County. Con- 
pleted November 12, 1940. 


Contract No. 2301, with Fisher brothers, for grade 
widening, surfacing and oiling the Low Pass Section of 
the Siuslaw Highway, in Lane County. Campleted September 
21, 1940. 


Contract No. 2312, with S. S,. Montague, for construc- 
tion of the otrassel Undercrossing abutments on the Wolf 
Creek Highway, in Washington County. Completed October 
5, 1940. 


Contract No. 2315, with 0. C. Yocum,**for surfacing 
and oiling the Canyonville-Days Creek Section of the Til- 
ler-Trail: Secondary Highway, in Youglas County. Complet- 
ed October 15, 1940. 


Contract No. 2321, with li, L. O'Neil & Son, for grading 
and surfacing the Lone Rock Junction-Rock Creek Section of 
the Vasco-Hepnner Secondary Highway, in Gilliam County. Com- 
pleted August 24, 1940. 


Contract No. 2323, Averill and Corbin, for construction 
of the Fischers lLillrace bridge on the Pacific Highway West, 
south of Corvallis, Benton County, Completed October 15, 
1940. 


Contract No, 2324, with Homer G, Johnson, for grading, 
surfacing ard oiling the Prineville ~ection of the Ochoco 
Highway, in Crook County. Completed October 28, 1940. 


Contract No. 2334, with Varren Northwest, Inc., for 
surfacing, cement stabilization, paving, oil surface treat- 
ment, and bituminous macadam wearing surface, on the 
Albany-Crabtree Corner Section of the Santiam Highway, in 
Linn County. Completed October 10, 1940. 
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t with Frank F. Dailey and wife providing for slope 
easement along the Pacific Highway East in Albany. Right of way 
transaction No. 5834. 
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Park matter. Commission inspects "The Cove". 

Portland. Steel Bridge. Agreement between railroad companies 
and Commission covering use of bridge approved. 
Agreement with Multnomah County with respect to use of Steel 
Bridge also approved. 

Claim. arch Cape slide, Previous offer to ’. C. Crlder for 
damages caused by slide considered final. 

Park matter. Negotiations for purchase of 68-acre tract from 
W. C. Calder at Arch Cape authorized. 

Tongue Point Naval Base. Park property, but not right of way, 
to be transferred to Navy Department. 

Albany. Portion of Pacific Highway right of way in front of 
school grounds to be leased to School District No. 5. 

Seappoose. Claim of School Board arising out of acquisition of 
right of way across school grounds approved. 
Congregational Church property needed for improvement of Co- 
lumbia River Highway to be condemned if settlement not reached. 

Wolf Creek iighvay. Manning-Portland Section. Negotiations 
for acquisition of right of way authorized. 

Timber strips. Willamette Highway. Offer of Penn Timber Com- 
pany to sell strips adjacent to highway denied. 
Santiam Highway. Parks Superintendent to investigate matter ~ 
of acquiring burned timber strips in vicinity of Sisters. 
Options to be secured for strips between Oregon Coast Highway 
and Ocean from Newport to Yachats. 

Oregon City. Mrs. Miller granted right of access to Pacific 
Highway East, in Block 13. 

Salem. State Board of Control resolution re exchange of prop- 
erties adjacent to Highway Department Shops upproved. 

Corvallis-Nevport Highway. Resolution abandoning portion of 
highway in city of Toledo. 

Game refuge. Albany. Establishment of game refuge in area 
including artificial lake approved. 

Rest room facilities. Such facilities not to be established at 
Depoe Bay. 

Park matter. Previous action authorizing picnic area along 
Mount Hood Highway south of ilood River confirmed. (Pase 9924) 

Advertising signs. Illegal signs maintained on private prop- 
erty adjacent to state highways discussed. 

Right of vay. Payment of 4250 to Clyde R. Gillette, Nashville, 
for land needed for right of way approved. 

Huntington. Construction of culverts to prevent waterspouts 
causing damage to property along Old Oregon Trail approved. 
CCC Camp. Establishment of camp for construction of irrigation 
cenals and ditches between Terrebonne and Madras discussed. 
The Dalles-California Highway. Terrebonne-Hadras Section. [Engi- 

neer's report on reconstruction. 
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Sign. Insertion of mileage to San Francisco on sign at Goshen 


requested. 
Standard Oil Company's station. Investigation 
approach to station at Bonanza junction. 


requested of 


Sidevalk. Klamath Fal?s. Construction along South Sixth Street 


requested, 


Military strategic highways. Modifications and additions to 


system discussed. 


Yiage rates. Minimum wage rates and labor classification approved. 


To be effective January 1, 1941. 
Bridges. Cost of construction discussed. 


Buildings. Cost of construction discussed. New maintenance 
building at Seneca to be inspected in near future. 
Boardman-Stanfield Highway. Resolution adopted placing route 


on state highway system. 


Projects. List of projects to be contracted in necr future. 
Heppner-Condon Read. Morrow County Court to meet with Commis- 
sion on December 17 for discussion of improvement. 
Oregon-‘lashington Highway. Jones Hill-Lena Section. iorrow 
County Court to discuss plans for oiling with Commission. 
Cottage Grove. Request for removal of barricades denied. 


Log hauling. Pilot Rock Lumber Company renews 


request to haul 


logs on Pendleton—John Day Highway during how's of darkness. 
Traffic signal. Marshfield. Installation of lights approved. 
Sidewalk, Sisters. Construction along McKenzie Highway approved. 


Awards, Commission confirms following awards: 


Barbur Boulevard-Boones Ferry Road Section, Jacodsen-Jensen Co5 

Woodburn-Molalla-Silverton Rock Production, A. 5. Wallace; 

Millican-Brothers Rock Production Project, A. S. Wellace. 
Cascade Secondary Highway (Federal Aid Road No. 41). Revised 


description of route approved. 


Load limit. Resolution lifting reduced load limit on Cottonwood 
Bridge over the John Day River on Wasco-Heppner Secondary Hwy. 
Pole line. Salem Electric Cooperative Association requests per- 


mission to construct pole line at West Salem. 


Oregon Coast Highvay. Gold Beach. Report ordered on cost of 
proposed improvement on 60-ft. as compared with 80-ft. right 


of way. 


Terrebonne-Lower Bridge Road. Proposed improvement discussed. 


Survey. Terrebonne-Lover Bridge Road. Survey 


authorized. 


Pacific Highway. “lest Springfield-Eugene Section. George T. 
Hall suggests postponement of proposed improvement. 

Signs. Old Oregon Trail signs. Resolution from Baker County 
Chamber of Commerce relative to maintenance of signs. 

Oregon Coast Highway. Resolutions protesting use of highway by 


large trucks presented from several chambers 
Highway improvements. Letter from Dr. Prophet 


of commerce. 
thanking Commis- 


sion for improvements in vicinity of Jonn Day. 
Coos River Secondary Highvey. Allegany Section. Waterford Lum- 
ber Company renews claim for amount expended 


for improvement. 


é 


Page Date Subject 
1940 
9943 Dec. 3 Warm Springs Highway. Prineville~-Medras Section. Surfacing of 
Gemile unit graded last summer to be deferred. Expenditure 
of $1500 for graveling weak spots approved. 

Coos River Secondary Highway. Improvement of one-half mile 
section north of Enegren Ferry crossing discussed. 

Survey. Coos River Secondary Highway. Location survey auth- 
orized of one-half mile section north of Enegren Ferry. 

Pacific Highway. Ashland. Cost of modernizing along present 
route discussed. 

Survey. Pacific Highway in Ashland. Location survey author- 
ized. Report on past expenditures to be included. 

Alsea-Deadwood Secondary Highway. Request for modernization 
denied. 

9944 Swisshome Secondary Highway. Welton-Swisshome Section. Lane 
County Court to assume portion of expense of improvement. 
Lane County agrees to elimination of this section from sec- 
ondary system if highway is extended from Veneta to Eugene. 

Equipment. Purchase of following authorized: 

25 trucks with dump bodies; 
14 34-ton, 2-wheel drive trucks; 
1 fire pump for use in state parks during fire season. 

Cement. Engineer authorized to sell to Marshfield Cement Com- 
pany cement purchased for Cape Arago Secondary Highway in- 
provement. 

Publicity matters. 1941 agreement with Botsford, Constantine 
and Gardner to be identical with 1940 agreement. 

Police Bepartment. Increasing revenues of State Police Depart- 
ment discussed. 

9945 Claim. Action deferred on claim of Melvin Sorrel for damages 
arising out of accident on Pacific Highway south of Salem. 
Claim of I. L. Darby arising out of accident on Pacific High- 
way at Brooks denied. 

Log hauling. Arthur Langguth presents request of Albert Graff 
to transport logs from Larch Mountain to Portland without 
being apprehended by State Police. Referred to P.U.C. 

9946 Bec. 4 Lake County. Delegation confers with Commission in Lakeview 
relative to severul highway improvements. No definite action. 

Gravel. Lake County requests permission to secure gravel from 
state's pit for county road work in vicinity of Silver Lake. 

Historical monument. Erection of monument at intersection of 
Fremont and Lakeview-Burns Highways at Valley Falls discussed. 

99L7 Dec. 5 Inspection of roads. Commission inspects roads in Lake and 
Klamath Counties. 

Klamath County and City of Klamath Falls. Delegation confers | 
with Commission in Klamath Falls relative to several city 
and county highway matters. 

Signals. Installation of traffic signal system in Klamath 
Falls and railroad grade crossing signals at Hager, Summers 
Lane end Olene discussed. 


9960 Dec. 5 Park matter. The Cove. Options to be secured for purchase of 


private property as addition to park. 
Pacific Highway East. Albany. Resolution designating new route 


9961 Resolution abandoning old route in Albany. 

9963 Santiam Highway. Albany. Resolution abandoning portion of old 
route. 

9964 Albany=Corvallis Highway. Albany. Resolution extending route. 

9965 Cascade Secondary Highway. Oregon City. Resolution designat- 
ing certain streets as connection with Pacific Highway Eest. 

9966 Oswego Highway. Oregon City. Resolution extending route. 

9967 Havana-Helix Secondary Highway. Construction of connection 


with Pendleton-Adams Highway requested. 
Old Oregon Trail. Hermiston-Umatilla Section. Request for 
straightening and elimination of railroad grade crossing denied. 
Survey. Old Oregon Trail, Location survey through Hermiston 
authorized. 
Joseph-Wallowa Lake Secondary Highway. One-mile extension at 
head of Wallowa Lake requested. Decision deferred. 
Surveys. Resolution adopted approving surveys completed. 
9969 Extensions of time, as follows: 
K. L. Goulter, Necarney Creek-Neahkahnie Mountain Section; 
Rogers Construction Co., Chemult-Fort Klamath Section; 
Rogers Construction Co., Dairy Section; 


9970 Mid-Columbia Sand & Gravel Co., Seufert-Dufur Section; 
Jacobsen-Jensen Company, Warrenton Section; 
9971 Coos Bay Dredging Company, Bandon Section; 


William Zickler, bridge over Canyon Creek; 
Martin Petersen, Bunker Hill Section; 
9972 Contracts completed and accepted, as follows: 
Chemult-Fort Klamath Section, Rogers Construction Company; 
Dairy Section, Rogers Construction Company; 
Seufert-Dufur Section, Mid-Columbia Sand & Gravel Company; 
Warrenton Section, Jacobsen-Jensen Company; 
Bunker Hill Section, Martin Petersen. 
Date of meeting for January advanced to the 21st and 22nd. 
9973 Agreements, et cetera, signed as follows: 
Newport Construction Company, claim for extra compensation 
arising out of Contract No. 2196; 
State Game Commission, establishment of game refuge at Albany; 
Public Roads Administration, letter regarding improvement of 
Cascade Highway between Clackamas and Oregon City; 
W. H, Lynch, program letter covering allocation of one-half of 
1941 Federal Lands Highway Funds; 
Bargain and sale deed conveying unto Faith M. Larios land in 
Clackamas County; 
Quitclaim deed conveying unto Clatsop County, for reconveyance 
to U. S. Navy Department, park property at Tongue Point Park. 
9974 Dec. 17 Bids received on following projects: 
Seaside-Yheeler Rock Production; 
East Unit, Dixie Summit-Austin Section, grad.,surf., and oil; 


Page Date 
1940 
9956 Dec. § 


9958 


9959 


Subject 


Corbett Road. Connection to be made between this road and 
new Columbia River Highway. 

Traffic signal. Installation on new Columbia River Highway 
at Corbett Road intersection authorized. 

Pacific Highway. Request for certain changes near junction 
with Redwood Highway denied. 

Grants Pass. E. E. Smith, owner of Rogue Motor Court, requests 
improvement of driveway into his auto camp. 

Driveway. E. E. Smith, omer of Rogue Motor Court, i equests im- 
provement of driveway into his auto camp at Grants Pass. 

Highway system. Letter from Director of Northwestern Observa- 
tory expressing favorable comment on Oregon highway system. 

Signs. Maintenance of signs on ocean beach at Gearhart re 
danger of standing on logs in surf. Referred to Attorney. 

Klamath Palls. Letters requesting re-examination of traffic 
conditions, construction of four-lane highway within city, 
betterment of traffic conditions, and improvement of South 
Sixth Street. 

Siuslaw Highway. Summit Section. Lions Club of Junction City 
thanks Commission for improvement. 

Snow removal. Sumpter—Granite Road. County Courts of Grant 
and Baker Counties agree to pay cost of operations beyond 
limits of Sumpter Valley Secondary Highway. 

Sumpter Valley Secondary Highway. Operations authorized. 

Bridge. Marion and Linn County Courts request Engineer to 
advertise bridge over Santiam River at Gates for bids. 

Survey. Request for survey of Camp Clatsop-Fort Stevens Road 
and for roads connecting Camp Clatsop and Fort Stevens with 
Oregon Coast Highway approved. 

Oregon City. City to enter into agreement with Commission rela- 
tive to maintenance of float in Tillamette River. 

Oregon Coast Highway. Ocean Lake District. Inquiry as to 
plans of Commission for improvement. 

Wilson River Highvay. Glenwood~Banks Section. Tillamook Cham- 
ber of Commerce suggests WPA project for construction. 

Pacific Hirhway. Ashland. Letter suggesting entirely new 
route. . 

Signal. Request for installation of bell and light signal at 
Fast Springfield Railroad Crossing denied. 

Snow removal. Oregon Caves Road. E. P. Leavitt complains of 
conditions imposed by Commission. 

County equipment. Services of Department offered to counties 
in purchase of county equipment, if requested. 

Portland. J. 1). Harrison requests right of access to Union 
Avenue, including building of epproach thereto by state. 

Salem. Lions Club proposes construction of overhead pedestri- 
an crossing on South Commercial Street. 

Surveys. Following authorized in Klamath Falls: South Sixth 
Street entrance of Klamath Falls-—lialin Highway; Green Springs 
Highway entrance, and entrance of ‘est Side Klamath Lake Huy. 
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American Association of State Highway Officials. Payment of 
1941 dues approved. 

Yestern Association of State Highway Officials. Payment of 1941 
dues approved. 

Financial statement. Report dated December 13, 1940, discussed. 

Portland. Ivan F. Phipps confers relative to construction of 
service station on Denver Avenue approach to Interstate Bridge. 

Permit. W. H. Zuber requests permission to operate overlength 
truck transporting school exhibit. 

Hood River Bridge. Delegation asks Commission to acquire bridge. 

Henry F. Cabell. To represent Commission at meeting of fiestern 
Association of State Highway Officials in Denver. 

Bids received on following projects: 

Svensen-Goble Rock Production; / 
Hoffman Bridge-Grants Creek Section, surfacing and ciling; ; ¥ 
Gooserock Bridge over John Day River; - 
Kerby Rock Production; 

South Unit, Algoma-Terminal City Section, grading and topping; 
Forest RBoundary-Cottontiood Creek Section, grading, surfacing, 
oiling, also bridges and culverts; 

Hendricks Bridge-Silver Creek Rock Production; 

Materials testing laboratory twilding at Salem; 
Boardman-Umatilla County Line Section, grading and tonping; 
Hawthorne Bridge Approach, Portlend. 

Rome-Princeton Secondary Highway. Delegation requests placing 
of maintenance rock near Follyfarn. 

Burns-Crane Highway. Transfer of funds, heretofore budgeted for 
improvement, to John Day-Burns Highway discussed. 

John Day-Burns Highway. Transfer of funds from Burns-Crane High- 
way for improvement of this road discussed. 

Frenchglen Secondary Highway. Hanley Lane Section. Proposed 
improvement and transfer of funds from other projects discussed. 

Survey. Survey and estimate of cost ordered for project from 
Burns to Hanley Lane, thence to The Narrows. 

Pacific Highway. Ashlend. Report submitted on previous expendi- 
tures and estimate of cost to complete work. 

House movers. Attorney's report on refusal of house-moving con- 
tractors to abide by terms of bids. 

Real property. Resolution authorizing acquisition. 

Condemnation. Recommended offers. Resolution adopted: j 
Right,of way for: Algoma-Terminal City Section; Siletz Bay- f 
Newport Secticn; Port Orford-Brush Creek Section; Boiler Bay- e 
Rocky Creek Section; and Multnomah County Line-Scappoose Sec. i 
Gravel pit and hauling road: Port Orford-Hubbard Creek Sec. 

Park: Tillamook County, adjacent to Oregon Coast Highway. 
Storage of maintenance materials: Powers Secondary Highway. 
Road building materials: Springfield-Blue River Section. 

Port Orford. Knapp Hotel property. Settlement discussed. 

Cascadia Park property. Attorney authorized to settle with hir. 
Geisendorfer and Baptist Church Convention for $21,500. 
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Bids received on projects (cont.): 
Deception Creek-Salt Creek Falls Rock Production; 
Depoe Bay Section, grading and surfacing; 
Cairo Junction-Adrian Rock Production; 
Owyhee River-McDermitt Section, surfacing and oiling; 
North Santiam River Bridge at Gates; 
North Powder-Davis Ranch Section, surfacing and oiling; 
Davies Grade Separation Project; 
Sale of buildings at Brookings, Marshfield and Scappoose. 

Paterson Ferry County Road. Improvement to be covered by 
agreement with Morrow County Court. 

Heppner Highway. Jones Hill-Lena Section. To be improved aft- 
er Gilliam County Line-Zinter Ranch Section is improved. 

Wasco-Heppner Secondary Highway. Gilliem County Line-Zinter 
Ranch Section. Improvement to be given priority over Jones 
Hill-Lena Section. 

Eightmile-Rhea Creek Section. ‘Widening of curve above Ruggs 
to be done as Minor Betterment order. 

Ione-Morgan County Road. State to oil road for county. 

Columbia River Highway. The Dalles. Delegation requests re- 
location of highway within city limits. 

Central Point-Crater Lake Highway Road. Delegation requests 
that road be designated state secondary highway. 

Central Point. Pacific Highway. City offers right of way for 
straightening "S" curve at north city limits. 

Portland. Front Avenue Project. Agreement with 0.1.R.R.& N. 
Company, Multnomah County and Port of Portland approved. 
Report on stetus of railroad franchise controversy. 

Public Market property discussed. 
Deeds covering Front Avenue right. of way to be executed in 
duplicate suggested by Attorney. 

Deeds. Execution of deeds in duplicate covering Front Avenue 
Project in Portland discussed. 

Publicity matters. Agreement covering distribution and editing 
of film "The New Oregon Trail" approved. 

Hospital associations. Agreements for 1941 with National Hos- 
pital Association and Physicians and Surgeons Association ap- 
proved. liultnomah Medical Service Bureau agreement not ready. 

Clackamas Overcrossing. Delegation confers relative to con- 
tracting of project. 

Foster Road Extension. Delegation renevs request for placing 
on state highway system and on improvement program. 

Crooked River Secondary Highway. Paulina-Prineville Section. 
Delegation requests straightening of some curves and gravel- 
ing of worst spots. Expenditure of $2,500 authorized. 

Siletz Secondary Highway. Siletz-Kernville Section. Delegation 
requests grading and widening. 

Awards. Chairman announces award of contracts and sale of 


buildings. 
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Park matter. Financial statement showing status of park bud- 
get to be presented at each Commission meeting. 

Awards. Chairman announces award of contracts. 

3wisshome Secondary Highway. To be removed from state secondary 
highwey system. Fugene-Veneta Section of Route F Highway to 
be substituted therefor. (See page 9944) 

Route F Highway. Eugene-Veneta Section. To be placed on state 
secondary system in lieu of Svisshome Secondary Highway. 

The Dalles-California Highway. Power company to pay cost of 
new embankaent near Algoma necessitated by breaking of com- 
pany's dikes. 

Claim. Power Company to be sued for cost of constructing new 
embankment on The Dalles-California Highway near Algoma. 

Snow removal. Tiller-Trail Highway. Operations authorized for 
one month as trial. 

Load limit. Tiller-Trail Highway. Resolution reducing load 
limit between M.?. 38.55 and M.P. 45.53. 

Oregon Coast Highway. Report on cost of improvement through 
Ocean Lake. 

Boardman-Stanfield Highway. Proposed government ammunition dump 
south of Umatilla not to interfere with highwey construction. 

Permit. Log hamling permit of Dale Lloyd Dixon reinstated. 

Patching plants. Report on operations for year. 

Drift fences. Report on fences along John Day Highway,in baker 
County. ilaintenance of fences along public lands discussed. 
Log hauling. Special regulations formulated by representatives 

of state departments adopted. 
After-dark hauling requested by loggers. Investigation of 
State of Washington regulations ordered. 

Radio equipment. Purchase of stand-by motors and generators 
for Salem, La Grande and Klamath Falls stations deferred. 

#ife Undercrossing in Hood River County. To be included in 
future programs. 

Survey. Survey and estimate of cost ordered of Fife Under- 
crossing in Hood River County. 

Sidewalk. Cannon Beach. State to continue to maintain board 
sidewalk. 

Toloveana Park. Construction to be included in general survey. 
Toledo. Construction to be inciuded in general survey. 

Alsea-Deadvood Highway. Transfer of this highvay to county and 
substitution of more worthy road discussed. 

Sumpter Valley Secondary Highway. Boulder Gorge Section. Re- 
quest for widening denied. 

Wilson River Highway. Additionel allocation for oiling fifteen- 
mile section approved. 

September 15, 1941, set as tentative date for dedication. 

Wolf Creek Highway. Additional allocation for oiling authorized. 

Timberline Lodge Road. Agreement with U.S, Forest Service cover- 
ing maintenance to be renewed. 
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Albany. Joseph D. Sternberg property. Settlement approved. 
Resolution adopted covering maintenance of property between 
old and new highvays in front of Sternberg property. 

Equipment. Wilson River Highway project. Purchase of crusher 
and several trucks authorized. 

Survey. Fish Hawk Fails Cut-off. Location survey authorized. 

Ochoco Highway. Report on cost to complete highway ordered. 

John Day Highway. Report ordered on cost of improvement east 
of John Day and between John Day and Arlington. Mr. Oliver 
suggests placing Dixie Mountain Section in priority status. 

Prineville-Madras Secondary Highway. Estimate of cost to com- 
plete highway ordered. 

Antelope-llitchell Road. Ustimate of cost to construct ordered. 

Federal aid funds. Don Peoples inquires as to expenditure of 
current funds. 

Bonneville Power Administration. Easement granted for addi- 
tional right of way for pole line at Hood River. 

Oregon City. City authorized to construct public dock to be 
moored to highway property. Hatter to be covered by lease. 

Cattle guards. Construction on highways discussed. Attorney 
to prepare legislative bill for Commissioners! study. 

Title reports. bill presented by Hartman Abstract Company 
diseussed. (See page 9909) 

Newspager boxes. Name of newspaper on box not considered ad- 
vertising. Attorney General's report. 

Proverty at Coos Bay Bridge. Purchase of Coleman property for 
protection of bridgehead approved. 

Seappoose. Request of George ‘I. Rhoades for third point of ac- 
cess to highway apyroved. Price of right of way to be reduced. 

Cleim. Maurice G. Roy presents claim for damage to property 
at Pilot Rock. ixpenditure anthorized, 

Property, state-ormed. Lease of property at Grub College to 
0. D. Keiffer approved. Charge to include payment of taxes. 
Timber strips. Citizens suggest sizcte purchase strips located 
within forest reserves along Willamette, Santiam and Wetarts 

Highways. Not considered obligation of state. 

Property, privately-owmed. Oifer of Chester 7. Ireland to sell 
property south of Ecola State Perk declined. 

Park matter. The Cove. Acquisition of proverty discussed, 
Purchase of 83-acre trect neer Arch Cape Tunnel from W. C. 
Calder for park purposes authorized. 

Arch Cape slide area. 1. C. Calder refuses state's offer of 
settlement for damage to preperty by sliding of embankment, 

Park matter. Newton B. Drury, Director of National Park Ser- 
vice, to confer with Hr. Cabeli and ir. Boardman in Portland. 

Timber strips. Requirements governing expenditure of federal 
aid money for purchase of strins to be secured. 

Christmas trees. Trees cut by Indians near Grand Ronde given 
to Salvation Army. 


Date Subject 


1940 
10021 Dec. 18 


1941 
10023 Jan. 10 


Agreements, et cetera, (cont.): 
Southern Pacific Company, construction of Davies Overcrossing. 
0.W.R.& N. Company, Union Pacific Company, State of Oregon, 
and Gilliam County, easement for encroachment of Columbia 
River Highway on railroad property, in Gilliam County; 
Portland Electric Power Company, installation of grade cross- 
ing signal near Kendall, Multnomah County; 
Castle Films, Inc., distribution and editing of film "New 
Oregon Trail"; 
Botsford, Constantine and Gardner, extending advertising 
agreement for one year; 
Ontario, City of. Furnishing water for irrigation of Ontario 
landscaping project; 
Marion County, snow removal operations on North Santiam High- 
way during 1940-1941 season; 
Mrs. Maud Moon, leasing of property in North Portland for 
maintenance headquarters site; 
Bill of sale, selling to Helen Louise Chadwick building in 
Brookings} 
Bargain and sale deed conveying unto Glen William and Mabel A. 
Curtis property in Marshfield; 
Consent to Vacate, alley in Eugene; 
Application for public highway right of way across Warm Springs 
Indian Agency on He He Butte Section. 


Bridge. Independence. Senator Dean ‘ialker confers relative to 
state cooperating in replacement of Willamette River Ferry 
with tridge. Estimate of cost ordered. 

South River Road. Senator Walker suggests designation as sec- 
ondary state highway. Estimate of cost ordered. 

Programs, Following partial programs selected: 

1942 regular federal aid projects. 

1942 secondary or feeder road projects. 

1941 program for state projects on primary highways. 
1941 program for state projects on secondary highways. 
1942-1943 grade separation program. 

Wallowa Lake Highway. Elgin-Minam Hill Section. To be improved 
as state project. 

John Day-Burns Highway. Funds set up for Seneca-South Project 
to be transferred to Vance Creek-Seneca Section. 

Grade separation program. Railroad crossing on Old Oregon 
Trail at Durkee to be considered desirable project. 

Moorman, W. L. Attorney General's opinion relative to recovery 
of funds from Ladd and Bush Bank as result of Mr. Moorman's 
defalcations. 

Cattle guards. Attorney to prepare legislative bill authoriz- 
ing Commission to construct cattle guards on state highways. 

Log hauling. Night hauling. Requests for such privilege, in- 
cluding request of Pilot Rock Lumber Company, to be denied. 


Page Date 
1940 
10012 Dec. 18 


t 10013 
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10017 


10018 
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10019 


10020 
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Memorial plaque. Request of D.A.R. to erect plaque to Madam 
Dorion in Vista House approved. 
Historica]. markers. Orecon City. Expenditure for erection of 
three markers approved. 
Monument. State Music Teachers Association requests permission 
to erect monument honoring H. Theophilus Finck in Aurora. 
Lacquer. Purchase of traffic-line lacquer for 1941 approved. 
Pole line. Request of Salem Electric Cooperative Association 
to construct line along Salem—Dalles Highway in West Salem. 
National Institute for Traffic Safety Training. Two delegates 
authorized to attend meeting at University of California. 
Sign. Parkrose Lions Club requests permission to erect club 
sign at intersection of N. BE. 122nd and Sandy Boulevard. 
Drain tile. John Ediger installs 10-inch drain tile on ap- 
proach road to Salem-Dollas Highway. Information to be ob- 
teined from other state departments regarding installation. 
Timber strips. Penn Timber Company suggests purchase of its 
wayside strips along Willamette Highway, Goshen to Oakridge. 
Coos Bay-Roseburg Highvay. Request for straightening denied. 
Gravel. Commission urged to prohibit removal from beaches. 
Beaches. Attorney to prepare legislative bill giving Commis- 
sion regulatory control over beaches. 
Fletcher Oil Company. Permission granted to attach sanding 
equipment to oil tanks. 
Oregon Coast Highway. Construction through Gold Beach discussed. 
Ochoco Highway. Prineville-Harks Creek Section. Abandonment 
resolution. 
Pacific Highway East. Salem-Pringle Creek Section. Abandonment 
resolution. 
Award. Commission confirms following award: 
Scappoose-Multnomah County Line Section, Roy L. Houck. 
Oreron-lashington Highway. Action designating new route between 
Milton and Oregon-lashington state line confirmed. 
Present route to be maintained pending completion of recon~ 
struction. 
Extensions of time, as follors: 
Norris Bros., Lick Creek-Salt Creek Section; 
The United Contracting Company, Corvallis-Lincoin School Sec.- 
Contracts completed and accepted, as follows: 
Lick Creek-Salt Creek Section, Norris Brothers; 
East Birch Creek Rridge, McNutt Bros.; 
Replacement of cable on Interstate Bridge, Contracting and 
Sales Company; 
Ironsides-Brogan Section, M. L. O'Neil & Son. 
Date for February meeting scheduled for 27th and 28th. 
Agreements, et cetera, signed as follows: 
National Hospital Association, Salem Physicians and Surgeons 
Association and ifultnomeh Medical Bureau Service, medical care 


of employees for 1941. 


10042 


10043 
10044 


10045 


10046 


10047 


10048 
10052 


10053 


10054 


10055 


Equipment. Purchase of following authorized: 
2 10-ton rollers; 15 power mowing machines; 10 asphalt ket- 
tles; 6 patrol graders; 6 pull-type graders; 20 light-type 
dump trucks; 2 power hoists. 
1 oil and asphalt retort. 

Claims. Collection of long-standing obligations of cities and 
counties discussed. 

Deposits. Special account with State Treasurer to care for de- 
posits made by cities, counties, contractors, et cetera. 

Plans. Charge of $1.00 for highway construction plans approved. 

Load limit. Stillwell Bridge. Resolution reducing load limit. 

Bridge. Drawings of county bridge over Nestucca River at Pacific 
City approved. 

Permit. Lang Transportation Company granted permission to oper- 
ate oversized equipment, 

Tiller-Trail Highway. Lifting of reduced load limit requested. 

Load limit. Reauest for lifting of limit on Tiller-Trail Hwy. 

Signs. Load limit signs on Tiller-Trail Highway to be removed. 

Wolf Creek Highway. Sponsoring of new WPA Project discussed. 

Ranger Station-Fish Hawk Falls cutoff. State will sponsor WPA 
project and cooperate in cost. 

Survey. Ranger Station-Fish Hawk Falls cutoff. Definite loca- 
tion survey authorized. 

Albany. Request of Albany School District for use of area be- 
tween highway and school grounds approved. 

Portland. Request of J. "l. Harrison for access to highway at 


Union Avenue viaduct approved. Deposit covering cost to be made. 


Enegren Ferry. Operation of powerboat during high water periods. 
Ho change to be made in present contract. Mr. Stambuck auth- 
orized to erect signs re operation of ferry. 

Signs. Erection of signs regarding operation of Enegren Ferry 
during high water periods. 

Astoria. Request for state. cooperation in cost of street light- 
ing system denied. 

Portland. award of contract for Hawthorne Bridge approach dis- 
cussed. Deposit of low bidder to be returned. 

Surveys. List of surveys ordered since last meeting. 

Extensions of time, as follows: 

McNutt Bros., bridges on Water Street Section, Oregon City; 
Washington Hauling Company, Hebo-Oceanlake Section; 

Odom Construction Company, widening bridge over Depoe Bay; 
Willamette Iror. & Steel Corporation, steel for Stracsel Under- 
crossing; 

William Zickler, bridge over Canyon Creek in John Day. 

Contracts completed and accepted, as follows: 

Bridges on Water Street Section, Oregon City, McNutt Pros.; 
Hebo-Oceanlake Section, Washington Hauling Company; 
Widening bridge over Depoe Bay, Odom Construction Company; 
Strassel Undercrossing, Willamette Iron & Steel Corporation; 
Bridge over Canyon Creek in John Day, William Zickler. 
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10033 


10034 


10035 


10036 


10038 


10039 


10040 


10041 


Subject 


Right of way budget. Attorney's report on present status. 

Real property. Resolution authorizing acquisition. 

Sale of twilding. Brookings. No. 7707 sold to Fannie Pedrioli. 
Tom B. Page, former high bidder, released from obligation. 

Submerged and tide lands. Control and sovereignty over such 
lands discussed, including bills in U. S. Senate. 

Sidewalk. Request of Mrs. James H. Ross to construct side- 
walk across state-ormed property in Albany approved. 

Property, state-owned. Sale of property adjacent to Grants 
Pass-Green Creek Section to Newell Wright approved. 

Buildings. Scappoose. Kenneth Pedersen to be paid addi- 
tional amount for moving buildings on Henze property. State 
to do grading and surfacing work. 

Scappoose. Buildings on Henze property to be moved by Ken- 
neth Pederson. State to do grading and surfacing work. 

Portland. Front Avenue Project. Charles . Ertz presents 
claim for Joss of income as result of inability to rent 
building on proposed improvement. 

Building. Removal of buildings by state from Glenwood-Balm 
Grove Section of Wilson River Highway discussed. 

Portland. Front Avenue Project. Offer of Mary Gaboni to 
convey to state property owned by her accepted. 

Pacific Highway. Cottage Grove. Abandonment resolution. 
Right of wey to revert to Frank and Mary Heck. 

Warm Springs Highway. Settlement with Mike McCabe for right 
of way in vicinity of Prineville approved, involving move- 
ment of sheep across highway. 

Signs. Gearhart. Signs to be erected re danger of logs on 
beach and in surf. 

Park matter. The Cove. Acquisition of privately-ovmed lands 
discussed. Appraiser to set value on lend. 

Newport roadside development. Allocation for planting of area 
approved. 

Sidewalks. Budget of $30,000 for sidewalk construction ap- 
proved. List of projects to be submitted. 

Traffic signals. Corvallis. Request denied. 

Installations at following places approved: Cottage Grove, 
North Bend, Seaside, intersection of Columbia River High- 
way and Fairview Road near Portland, and Otis. 
Installations at following places denieds Cascade Locks, 
Springfield, Necanicum Junction, intersection of Oregon 
Coast Highway and road to Cannon Beach, Gaston, and 
Klamath Agency. 

Awards. Commission confirns following awards: 

Svensen-Goble Rock Production, Tidepoint Company; 

Owyhee River-McDermitt Section, Norris Bros.; 
Boardman-Umatilla County Line Section, Frank Penepacker. 
Meadowbrook Bridge. Starkey Secondary Highway. Construction 

approved. To be advertised for bids at next meeting. 


10061 


10062 


10063 


10064 


10065 


10066 


Subject 


Shaniko-Fossil Secondary Highway. Delegatioz confers relative 
to survey being made in vicinity of Clarno. 

Ontario. Sewer assessment. Payment tentatively authorized. 

Slide Irrigation District. Payment of assessment against prop- 
erty otmed by Commission denied. 

Assessment. Slide Irrigation District. Payment of claim against 
state property denied. 

Permit. Sam Browne, Jr.,Texas, granted permit to operate over- 
sized equipment in hauling fern. 

Mining operation. Request of Chas. E. Blaess to conduct min- 
ing operations near Casey State Park, Jackson County, denied. 

Park matter. Eviction of Mrs. Van Dyke from Casey State Park 
discussed. Attorney to take legal steps. 

Canals and irrigation ditches. West Extension of Umatilla Irriga- 
tion Project. Commission agrees to keep ditches and canals 
open on state property only. 

Claim. Action deferred on claim of John O'Gorman for sheep 
killed by department truck on Klamath Falls-Lakeview Highway. 

Portland. Steel Bridge. Insurance coverage to protect rail- 
road companies only. 

Insurance. Coverage in connection with Steel Bridge, Portland, 

to cover railroad companies only. 

Moorman, W. L. Proposed suit against Lad@ & Bush Bank to re- 
cover loss resulting from Moorman forgery discussed. 

Klamath Falls. Main Street Undercrossing. State to pay engi- 
neering expense. Commission to accept city's $1000 deposit. 

Portland. Acquisition of land for widening intersections at 
Union end Couch and at Union and Ankeny approved. 

Sherars Bridge Secondary Highway. Request for oiling from Tygh 
Valley to top of Sherars Grade denied. 

Load limit. Following sections to be posed for reduced load 
limit, when necessary: Nye Junction-Long Creek; Prairie City- 
Brogan; and entire length of “eston-Elgin Secondary Highway. 

Signs. Abert Rim in Lake County. Erection of two signs approved. 

Ontario. Old Oregon Trail. Requests for improvement denied. 

Snow removal. Bridge of the Gods. State to remove snow. 

Lake. Artificial lake near Albany named "Waverly Lake". 

Logging road. Kinzua Pine Mills Company authorized to construct 
road across Keppner-Spray Secondary Ilighway, ‘heeler County. 
No flagmen to be required during daylight operations. 

Awards. Commission confirms following awards: 

Depoe Bay Section, Sam Orino; 

Hoffman Bridge-Grants Creek Section, 0. C. Yocom; 

Kerby Rock Production Project, M. C. Lininger & Son; 

Hendricks Bridge-Silver Creek Rock Production, M.L.O'Neil & Son; 
Algoma-Terminal City Section, Frank Penepacker. 

Hospital association. FBugene Hospital and Clinic inquires re- 
garding furnishing of medical care to department employees. 
Policy regarding contracts with associations discussed. 


SA LIE 


Page Date 
10055 Jan. 10 


10056 


10057 Jan. 21 


10058 


10059 


10060 


Subject 


Agreements, et cetera, signed as follows: 

Maurice G. Roy and wife, right of way settlement at Pilot 
Rock; 

Northern Pacific Railroad Company, slope encroachment on 
railroad property at Goble; 

First National Bank of Portland, cancelling lease of gravel 
pit in Curry County; 

Sherman County, improvement of Maryhill Ferry Road; 

Pacific Telephone and Telegraph Company, right of way for 
company's pole line on Sexton Mountain Project; 

United States of America, construction of fence by Federal 
Grazing Administration along Powder River Canyon Section; 
0. D. Keiffer, use of state-owned land adjacent to Wallace 
Road Secondary State Highway; 

Port of Umpqua, construction of roadway under Umpqua River 
Bridge at Reedsport; 

Ground lease providing for maintenance of snow fence adjacent 
to John Day Highway near Unity; 

Bargain and sale deed conveying unto T. R. Maswvell land in 
Enterprise; 

Bargain and sale deed conveying unto Lars P. Peterson and 
wife land in Marshfield; 

Bargain and sale deed conveying unto A. B. Reese land in 
Brookings; 

Bargain and sale deed conveying unto Sunset Logging Company 
land in Tillamook County; 

Bargain and sale deed conveying unto W. L. Crissey land in 
Brookings; 

Bargain and sele deed conveying unto James A, Davenport and 
wife land in Lincoln County. 

Bids received on following projects, buildings and tract of land: 
Flagstaff Hill-Ruckles Creek Section, grad.,top.,surf.,oil; 
Plunkett Creek~Read Creek Sec., grad.,surf., and oil; 
Scappoose-St. Helens Section, remodeling bridges; 

Endicott Creek-Bear Creek Rock Production; 

Rend-Forest Boundary Section, grad.,surf., and oil. 

Bear Creek-Coos Junction Rock Production; 

Lake Creek-Hanley Ranch Section, grading and bridge; 
Klamath Agency-Modoc Point Section, roadside imprcvement; 
Interstate Bridge, installing electrical equipment ; 

Sale of buildings in Bandon and Salem and tract of land in 
Salen. 

Cape Arago Secondary Highway. Delegation urges construction 
to Cape Arago State Park. 
Warm Springs Highway. Delegation asks for additional improve- 

ments. 

O'Neil Secondary Highway. Improvement requested. 

Cascade Lakes Forest Highway (Century Drive Highway). Inquiry re- 
garding construction. 
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10078 


10079 


10080 Jan. 22 


10081 


10082 


10085 


10037 


10088 


10089 


10090 


Subject 


Columbia River Highwey. Astoria. Conference with government 
officials relative to relocation on Ceder Street to accommo- 
date Tongue Point Naval Base. State to sponsor WPA Project 
and cooperate in cost. Existing right of way to be trans~ 
ferred tc United States Navy Department. 

Survey. Columbia River Highway, Cedar Street revision, Astoria. 

Access roads. Fort Stevens and Camp Clatsop. Plans covering 
responsibility in construction discussed with officials of 
government. 

Ranger Station-Fish Hawk Falls Cut-off. Construction discussed. 

Wilson River Highway. Glenwood-Banks Section. Construction 
discussed. 

Bids received on following projects: 

Catherine Creek-Miles Bridge Section, surfacing 2nd oiling; 
Ochoco Creek Section, grading and two bridges; 

Dean Creek-Parker Creek Kock Production; 

Florence Rock Production; 

Kernville-Forest Boundary Section, grading and surfacing; 
Boardmaa-Stanfield Section, reinforced concrete siphons. 

Right of way budget. Assistant Attorney's report. 

Real property. Resolution authorizing acquisition. 

Portland. Front Avenue Project. Attorney's report on right of 
way settiements. Approval deferred. 

Condemnation. Recommended offers. Resolution adopted: 

Right of way: Clackamas Grade Separation Project and Jefferson 
County Line-Prineville Section. 

Wilson River Highway. loving of buildings belonging to G. L. 
McCutcheon at Glenwood discussed. 

Buildings. Moving of buildings belonging to G. L. McCutcheon 
on right of way for Wilson River Highway discussed. 

Harold Say. Authorized to go to Los Angeles to supervise edit- 
ing and voicing of film “The New Oregon Trail". 

Route F Highway. Delegation confers relative to trade of Eugene- 
Veneta Section for Walton-Swisshome Section. 

Swisshome Secondary Highway. Delegation confers relative to 
exchange of Bugene-Veneta Section for Walton-Swisshome Section. 

Route F Highway. Delegation inquires as to plans for construc- 
tion of Eugene-Veneta Section across Fern Ridge Dam site. 

Ochoco Highway. Delegation urges additional improvement. 

Oregon Coast Highway. North Bend-Coquille Section. Delegation 
confers relative to further improvement. 

Bridge. Independence. Delegation confers relative to construc- 
tion of bridge to replace ferry. 

North Santiam Highway. Delegation asks Commission to maintain 
and place on secondery highway system section east of Detroit. 

Claim. Polk County. Delegation confers relative to state's 
‘Long-stending claim against county. 

Awards. Chairman announces avard of contracts. 
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10070 


10071 


10073 


10074 


10075 


Subject 


Bridge. Communication regarding plans for bridge across Colum- 
bia River and The Dalles--Celilo Canal. Ordered filed. 

Ridge Route. Hattie Henderson objects to expenditure for sur- 
vey and for construction. 

Albany Landscaping Project. Employment of landscaping crew, 
purchase of equipment, and construction of frame building au- 
thorized. 

Equipment. Purchase of following for Albany landscaping Project: 
1 30-inch power mowing machine; 1 long-wheel-base, light- 
type truck and tank, and miscellaneous tools and equipment. 

Building. Albany Landscaping Project. Construction of frame 
tilding authorized. 

Truck. Furchase of truck to replace one wrecked by Bonneville 
Pover Administration truck authorized. 

Extensions of time, as follows: 

Parker-Schram Company, Lombard Street Section, Portland; 
HM. E, Meyers & Son, Ontario~Snake River Section; 
Parker-Schram Compeny, Oregon Slough-Columbia Slough Section; 

Contracts completed and accepted, as follows: 

Lombard Street Section, Portland, Parker-Schram Company; 
Ontari.o-GSnake River Section, M. E. Meyers & Son; 

Oregon Slough-Columbia Slough Section, Parker-Schram Co.; 
Cox Creek Bridge, Barham Bros.; 

Pridge over Beaver Creek, Birkemeier & Saremal. 

Western States Highway Defense Conference. Nr. Fred Brenne re- 
ports on conference held in San Francisco, Jan. 17, 1941. 

Park matter. Delegation representing "lestern Federation of 
Outdoor Clubs opposes national park in Curry County. 

Netarts Secondary State Highway. Netarts-Oceanside Section. 
Oiling requested by delegation. Project authorized. 

Wilson River Highway. Glenwood-Banks Section. Delegation 
requests construction. Traffic study to be made. 

Little ilestucca Secondary Highway. Delegation requests in- 
provement. 

Awards. Commission announces avard of contracts and sale of 
buildings and tract of land. 

Pacific Hizhway. Ashland. Delegation requests reconstruction 
of highway, eliminating bottleneck at Plaza Corner. 

Portland. Reauest of Ivan Phipps to purchase or lease right 
of vey at Interstate Bridge denied, 

Ivan Phipps suggests new route for highway from Super Air- 
port to tusiness center of Portland. 

Oregon Coast Highway. Gardiner. Delegation confers relative 
to improvement. Right of vay negotiations authorized. 

Gardiner Mill Company. Land acquired from company for detour: 
in Gardiner to be reconveyed to company. 

Pole line. J. D. Langman confers relative to construction of 
his telephone line between Fishers Point and Brighton. 
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10099 


10100 


10101 


10102 


10103 


10107 


10108 


epee 


Subject 


Agreements, et cetera, siyned as follows (cont.): 

Sam Likens, cutting and removal of fallen trees in vicinity 
of Otter Crest. 

Date for regular meeting in April scheduled for 3rd and 4th. 
Interim meeting in Salem scheduled for February 14, 1941. 

Military highway system. Fngineer authorized to write Public 
Roads Administration relative to changes in system. 

Baker-Homestead Highway. Delegation confers relative to rout- 
ing highway from Halfway to Cornucopia and elimination of 
Pine Creek Section. Changes approved. 

Snow removal. Anthony Lakes District. Request for state co- 
operation denied. 

McKenzie Highway. Request for snow removal operations denied. 

Oregon Coust Highway. Port Orford South Section. Funds trans- 
ferred to this preject from Willamette Highway project. 

Forest highway funds. Changes in 1941 program involving alloca- 
tions to Oregon Coast, Willamette and John Day Highways. 

Oregon Coast Highway. Port orford project. Right of way across 
Captain Harold Roche property to be condemed. 

Secondary Highway System. Delegation from Clackamas County re- 
quests placing of Market Road No. 10 and Molalla River Road 
on systen. : 

Clackamas County. Delegation requests that Market Road No. 10 
and Molalla River Road be placed on secondary highway systen. 

Canby. Delegation requests elimination of right-angle turns 
on route used by loggers from Canby to river. 

North Santiam Highway. Delegation requests designation of sec- 
tion east of Detroit a state secondary highway. 

Log hauling. Hauling until 8:00 p. m. allowed on Ukiah-Pilot 
Rock Section of Pendleton-John Day Highway. State-wide policy 
to be formulated as result of trial on Pendleton-John Day Hwy. 

Mcilinnville. Main Street derignated as connection between 
Pacific Highway West and Three Mile Lane Secondary Highway. 

Center stripe. McMinnville. Yellov center Jine stripe to be 
painted and maintained along Moin Street. 

Wolf Creek Highway. Application for WPA project covering re- 
maining portion of highway approved. 

North Santiam Highway. Niagara—Detroit Section. Proposed plans 
with War Department for financing construction discussed. 

Enterprise-Lewiston Highway. Oregon Section. To be completed 
by time Washington Section is completed. 

Minutes approved of meetings held October 9, 10 and 11, Octo- 
ber 18, and November 12 and 13, 1940. 

Real property. Resolution authorizing acquisition. 

Portland. Front Avenue Project. Report on additional settle- 
ments for right of way. 

Bridge. Nehalem River near Elsie. Clatsop County asks Commis- 
sion to cooperate in repairing bridge or building new one. 

Standard Oil Company. Pandon. State to assume cost of furnish- 

ing company with title to property. 


Peze Date 
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10093 


10094 


10095 


10096 


Subject 


Funds. Dclerution representing Oregon Counties Association 
requests increase in counties' share of state highway fund. 
Lav, Delerrtion suggests change in lav to eliminate state- ° 
exempt cars from participating in distribution of gasoline 

tax funds. 

orseen Coast Highwry. Gold Beach Section. Grade stakes to be 
set. 

Legislative bill. Delegation confers relative to proposed bill 
for incrense of maximum weight and length of loads. 

Cascade Secondary Highway. Silverton Section. Delegation con- 
fers relative to proposed improvement as WPA project. State 
cooperation authorized. 

Claim. Tillamook. Delegation confers relative to state's 
long-standing claim against city. 

Scholls Secondary Highway. Delegation urges oiling of uncom- 
pleted section north of Newberg. 

Newberg-Butteville Road. Delegation urges designation as 
state secondary highway. 

Portland. Front Avenue project. Trecking of tildings to be 
done by general contractor. Appraisers to be employed to 
set value on salvaged material. 

Timber strips. Pendleton-John Day Hihway. Expenditure of | 
part of federal aid funds for purchase of strips betrvcen | 
Ukiah and Dale Ranger Station discussed. 

Salmon River Highway. Expenditure of part of federal aid 
funds for strips adjacent to highway discussed. 

Columbia River Highway. Acquisition of area between Summit 
and Lindsey Creek discussed. 

Park matters. The Cove. Acquisition of tracts and securing 
of leases to other tracts from Bureau of Reclamation and 
United States Department of Agriculture authorized. 

Timber strips. Salmon River Highway. Acquisition of tracts 
in vicinity of Boyer authorized. 

Spruce Production Railroad right of way. Request of Lincoln 
County for state cooperation in acquisition of old right 
of way near Newport denied. 

Agreements, et cetera, signed as follows: 

3. P. & S. Railway Company, permit authorizing installation 
of culvert adjacent to Lover Columbia River Highway. 
Bonneville Power Administration, construction of pover line 
across state property in Hood River County. 

Peoples Water & Gas Company, re-establishment of company's 
water mains in Marshfield. 

Southern Pacific Company, construction of Clackamas Over- 
crossing in Clackamas. 

Elton McBride, lease of maintenance headquarters site in 
Long, Creek. 

Ida Williams, administratrix of estate of William Williams, 
acquisition of maintenance headquarters site in Lane County. 


ee 
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Subject 


Ferry service. Covos River Ferry. Andrew Stambuck to be re- 
imbursed for furnishing motor boat service when ferry not 
operating. 

Salem-Dayton Secondary Highway. Resolution designating as 
through highway. 

Permit. Request of Vincent Mendiola for permission to hanl 
overwidth loads of hay in vicinity of Ontario denied. 

Claim. Melvin Sorell's claim for damages resulting from ac- 
-‘eident on Pacific Highway near Salem denied. 

Permit. Application of Lathrop Hay & Grain Company for permis- 
sion to transport oversized equipment on The Dalles- 
California Highvay in transportation of cattle denied. 

Permit. Request of Paul Yampler to drag logs across Klamath 
Lake Secondary Highway denied. 

Permit. Request of Bonneville Power Administration for blanket 
permit to operate oversized equipment between Vancouver and 
Bonneville Substation denied. Individual permits authorized. 

Equipment. Purchase of following authorized: 

22 light-type trucks for Wilson River WPA Project; 2 RD-8 
caterpillar tractors and 2 12-yard Isaackson scrapers for 
Wilson River WPA Project; 6 light-type cars; 6 105-cubic 
foot air compressors; 4 power sweepers for oiling crews; 

1 truck for electrical crew; 2 air-operated grease guns for 
LaGrande Shops; 2 power-barrel hoists; 1 line-boring machine 
for Coquille Shops; 2 chipping hammers for Canyon Road WPA 
Project; 1 drafting machine for Salem Shops; submarine 

cable now installed at Interstate Bridge. 

Equipment. Sale of one traffic-line cart to lultnomah County 
and one 1000-gallon gasoline tank to Lane County Court auth- 
orized. 

Portland. Steel Bridge. Proposed agreement with railroad com- 
penies regarding use of upper deck of bridge approved. 
Clauses regarding toll charges and provision for crossing of 
River in case lease of Steel Bridge is terminated to be in- 
serted in proposed agreement at request of ‘7. H. Lynch. 

Extensions of time, as follows: 

A. C. Greenwood Company, Arch Cape-Beach Creek Section; 
E. C. Hell Company, Warren Creek Section; 

George F. Anderson, Bridge over Necanicum River; 

Berke Bros., Cottage Grove Section; 

Rawin C. Gerber, Pendleton-Adams Section; 

R. I. Stuart & Sons, Gold Hill Section. 

Contracts completed and accepted, as follows: 

Arch Cape-Beach Creek Section, A. C. Greenwood Company; 
Warren Creek Section, EB. C. Hall Company; 

Bridge over Necanicum River, George F. Anderson; 
Cottage Grove Section, Berke Bros.; 

Pendleton-Adams Section, Edwin C. Gerber; 
Mosier-Seufert Section, Rogers Construction Company. 
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Pege Date 
10108 Feb. 1/4 


10109 


19110 


10111 


10.2 


10113 


Subiect 


Bandon. Stxte to pay cost of furnishing Standard 0i] Company 
title to certain property. 

Bridgeheads. Rogue River Bridge at Gold Beach. Acquisition 
of lend to protect bridgeheads discussed. 

Connecting road. Construction of road between Helix Second- 
ary Highway aud new Pendleton-Adams Highway requested. 

Umatilla County. Construction of road between Helix Second- 
ary Highway and new Pendleton-Adaus Highway requested. 

Park matter. Mrs. Inez Van Dyke to be forced to vacate Casey 
State Perk. 

Oregon City. I. C. Nealeigh requests filling in of highway in 
front of his property adjacent to Pacific Highway. 

Building. Request of Harold Nelson to maintain building on 
state property at uorth end of Depoe Bay Bridge denied. 

Park metter. “Rogers Park" suggested as name for The Cove. 

Legislative bill. Organizations of Silverton object to bill 
permitting withdrawal of water from Silver Creek. 

Signs. Erection of signs along highways advising thet right 
of access not allowed cousidered inadvisable. 

Logging road. Request of L. E. Bierce to construct road across 
park property adjacent to Salmon River Highway approved. 

Gasoline tax revenues. Comparison of revenues for 1940 and 1939. 

Lights at scale sites. installation of flood lights at four 
truck scale sites in Division 5 approved. 

Little Nestucca Secondary Highway. Stabilization to withstand 
logging traffic requested. 

South Santism Highway. Bids to be received for furnishing 
crushed rock to maintain unoiled section near Sweet Home. 
Portland. Set back of curbs on Sandy Boulevard between 12th 

and 15th Avenues approved. 

Lower Columbia River Highway. Designation as strategic mili- 
tary highwey requested. No action. 

Qld Oregon Trail. Appreciation expressed of improvement near 
Arlington. Modernization of Boardman-John Day River Section 
and straightening in tow of prlington requested. 

Tualatin Valley Highway. Early reconstruction for four lanes 
of traffic requested. 

Claim. Payment of claim of John O'Gorman for loss of sheep 
killed on Klamath Falls-Lokeview Highway authorized. 

Hospital associations. Policy adopted re applications of as- 
sociations. 

Awards. Following awards confirmed: 

Lake Creek-ilanley Ranch Section, E. L. Gates; 

Ochoco Creek Section, Norris Bros.; 

Florence Rock Production Project, M. L. O'Neil & Son; 
Plunkett Creek-Read Creek Section, M. L. O'Neil & Son; 
Bear Creek-Coos Junction Rock Production, A. S. Wallace. 

Load limit. Resolution lifting reduced load limit on Service 
Creek Bridge over John Dey River. 


Paze Date 
1941 
10125 Feb. 27 


10126 


10127 


10128 


10129 


10130 
10131 
10132 


Subject 


Automobiles. Report of automobiles owmed by department and to 
vhom assiened. 

Load limit. Fremont Highway. To be posted for reduced load 
limit when necessary. 

Autaority previously granted engineer to post highways for 
reduced load limits when necessary confirmed. 

Pendleton-John Day Highwey. Beech Creek Section. Report on 
cost to grade and surfuce. 

Roy L. Houck. Requests withdrawal oi bid submitted for St. 
Helens Section. Attorney to submit legal opinion. Contract 
awarded to Mr. Houck. 

Columbia River Highway. St. Helens Section. Contract evarded 
to Roy L. Houck. 

Old Oregon Trail. Ontario. Delegation requests rerouting 
along First Street. 

Ontaric. Delegation requests improvement of city streets. 

Engineers! services. Request of City of Ontario and request of 
Grant County for loan of services of engineers denied. 

Tillamook County. Arrangement with county for services of lo- 
cating engineer to be terminated. 

Newport. Painting of traffic lines and installation of treffic 
signel at Sixth Street intersection requested. 

Portland. Report on abandonment of car tracks and service along 
front Avenue. 
ight of way buyers. Employment of tro additional men author- 
ized. Mr. McCallister to be transferred to Gold Beach. 

Pacific Highway. Josephine County Line-Central Point Section. 
Delegation requests nonskidding. 

Crater Lake Higtway. Troil-McLeod Bridge Section. Delegation 

requests removal of excessive curvature. 

Quarry. Bandon. State to pay taxes on quarry, county to give 
state deed to area. 

Rock. Jetty work at Bandon. Contractor inquires re securing 
rock from state's quarry. To be charged {0.05 per ton. 

Access roads. Umatilla Ordnance Depot. Construction discussed. 

Survey. Vicinity survey of access roads to Umatilla Ordnance 
Depot authorized. 

Tualatin Valley Highway. tultnonah-Yamhill County Line Section. 
Request for reconstruction for four lanes of traffic denied. 
Four—lane pavement between Sylven and West Slope favored. 

Woodburn-Sandy Secondary Highway. Delegation requests straight- 
ening and surfacing Eagle Creek-Sandy Section and reconstruc- 
tion of uncompleted section between Estacada and Springwater. 

Right of way settlement. Mrs. Caswell property at Tigard. Set- 
tlement referred to Chairman Cabell. Maximum offer $1,750. 

Lincoln County. Settlement of county's indebtedness to state. 

Awards. Chairman announces ewards of contracts and sale of bidg. 

Nyssa. Delegation requests improvement of Main Street. 

Bridge. Delegation requests replacement of bridge over Snake 
River east of Nyssa. 


1941 
10121 Feb. 14 


10122 


10123 Feb. 27 


10124 


10125 


Subject 


Agreements, et cetera, signed as follows: 


United States of America, easemont covering siphon construc- 
tion on Boardman-Stanfield Section; 
S.P.& S. Railroad Company, installation of drainage culvert 
near Scappoose; 
O.U.R.& N. Company, extension rider agreement renewing 
lease of stock pile site at Albina, in Portland; 
Pacific Power & Light Company, lighting scales at Biggs; 
Southern Pucific Company, construction of Clackamas Over- 
crossing; 
Bargain and sale deed conveying unto Lars P. Peterson and 
wife land in Marshfield; 
Bargain and sale deed conveying unto Freeman Youmans and 
wife land in Clackamas County; 
Bargain end sale deed conveying unto Gardner [ill Company 
land in Gardner, heretofore uced as shoofly detour; 
Bargain and sale deed conveying unto Brookings Land and | 
Tormsite Company land in Brookings; 
Quitclaim deed conveying unto Frank Heck and wife land in 
Cottage Grove; 
Bargain and sale deed conveying unto Nathan Cole and wife 
land in Marion County; 
Bargain and sale deed conveying unto Virgil T. Golden and 
wife land in Marion County. 
Bids received on following projects and sole of building: 
St. Helens Section, grading and paving; 
Lytle Creek-Ochoco Creek Section, grading and topping; 
Ransay-Blelock Section, grad., surf., and bridge; 
Quinton-Remsey Section, grad., surf., and bridge widening; 
Henley Section, grad., surf., and oil; 
South Neport Section, roadside improvement; 
Tunnel Point-Rooster Rock Section, grading and topping; 
Donaldson Creek-Mills Bridge & McNamars Camp-Vashburn 
Sections, surfacing and oiling; 
Building in Hubbard. 
Baker-Homestead Highway. Halfway-Homestead Section. Delega- 
tion confers relative to rerouting. 
Rerouting from foot of Timber Canyon Grade to Homestead auth- 
orized. Timber Canyon Grade-Halfway Section to be retained 
on primary highway system. 

Pine Valley Road. Three-mile section to be placed on second- 
ary highway system. 
Halfway-Cornucopia Road. 

way approved. 

Baker County. Section of Pine Valley Road and Halfway~ 
Cornucopia Road to be placed on secondary highway system. 
Strategic military highway system. Delegation confers rela- 

tive to roads to be placed on system. 
The Dalles-California Highway. Hadras-Terrebonne Section. 
Delegation inquires as to plans for reconstruction. 


Designation as state secondary high- 


Page Date 
1941 
10140 Feb. 28 


10141 


LOLAZ 


10143 


LOLAA 


10145 


10146 


10147 


10151 


Subject 


Sign rack. Request of Parkrose Lions Club, Portland, for in- 
stallation of rack approved. 

Irrigation canal. Cooperation in cost of construction across 
The Dalles-Culifornia Highway near Bend approved. 

Interstate Bridge. Peyment of cost of constructing short line 
to provide temporary electrical service approved. 

Bonneville Power Administration. Application for permission to 
construct line across Secondery Highways Nos. 334 and 335. 
Bourdinan-Stanfield Highway. Morrow County Line-Stanfield Sec- 

tion. Bids to be received, awarc of contract to be deferred. 

Sheridan. Requests of Lee Pratt and E. J. Hermans to maintain 
gasoline pumps on Salmon River Highway right of way denied. 
E. J. Hermans requests deposit of waste materials from con- 
struction on his property. 

Oregon-Yashington Highway. Jones Hill-Lena Section. Mrs. 
Stella Jones Bailey requests construction of entrance roudvay 
in exchange for right of way. Settlement for gravel pit on 
Mrs. Bailey's property discussed. 

Gravel pit. Settlement with Mrs. Bailey for pit needed for 
improvement of Jones "41]1-Lena Section discussed. 

Bridge. Willamette River Bridge at Independence. Cost of con- 
struction discussed. 

Bridge. Delegation confers reletive to cost of construction of 
bridge at independence. 

South River Road. Delegation ccnfers relative to constructior 
of standard highway between Salem and Independence. 

Claim. Claim of Melvin Sorell for damages sustained or acrfic 
Highway near Salem denied. 

Crooked River Secondary Highway. Request of delegation for 
rock on unimproved section near Paulina approved. 

Shovel. Request of delegation for use of state's pover shovel 
in loading county trucks near Prineville approved. 

Vages. Delegation confers relative to introducing legislative 
bill to increase wages of maintenance men at Gold Beach. 

Employces. Delegation confers relative to working arrangenent 
of maintenance men in Gold Beech. 

Awards. Chairman announces awards of contracts. 

Territorial Secondary Hichway. Veneta-Crow Section. Delega- 

jon suggests oiling of this section. 

Route F Highway. Request of delegation for state cooperation 
on WPA project east of Linsluw denied. Delegation inquires 
ag to when road will be placed on state highway system. 

Right of way budget. Assistant Attorney's report. 

Real property. Resolution authorizing acouisition. 

Condemation. Recommended offers. Resolution adopted: 

Right of way: Glen-ood-"lashburn Section; St. Helens Section; 
“lect Sheridan Section; Roerdmen-Stanfield Highway; Quinton- 
Ramsey Section; Gillian County Line-Zinter Ranch Section; 

and Nyssa Undercrossing Section. 

Gravel pit: Roardman-Stanfield Highway. 
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Page Date 


10132 Feb. 27 


10135 


10136 


10137 


10138 feb. 


10139 


10140 


28 


Subject 


Homedale-Spur Secondary Highway. Delegation requests rebuild- 
ing end oiling. 

Pacific Highway. Charles R. Cooley requests additional com- 
pensation for right of way. New settlement authorized. 

Tualatin Valley Highway. Portland-Forest Grove Section. Dele- 
gation urges reconstruction and widening for four lanes of 
traffic from Portland to Beaverton. 

Cornelius Pass county road. Delegation asks state to oil. 

Sherviood. Delegation requests state acquire right of wey 
for connecting road between old and nev Pacific Highway. 

Railroad. Delegation suggests revision in alignment of 
Southern Pacific railroad at Cook's Station. 

Territorial Secondary Highvay. Gillespie Corners-Douglas 
County Line Section. Delegation urges oiling. 

Waverly Lake. Request of delegation from Albany to conduct 
log-rolling contest on lake on Fourth of July approved, 

ut. Hood Highway. Joint letter with Public Roads Administra- 
tion to Chief, Forest Service, re survey of bridges and re- 
alipnment of forest section. 

Surveys. Mt. Hood Highway. Authority requested of Washing- 
ton officials to conduct surveys on forest highway section. 

Forest highway funds. Reallocation of funds for Port Orford 
Section considered. Wo action. 

Federal lands highway funds. Aliocation of funds apportioned 
to Oregon. Letter to Commissioner of Public Roads signed 
vith W. H. Lynch. 

Claim. ‘im. Van Cleave's claim against Dolan Construction Com- 
oany under contracts Nos. 1933 and 2204. 

Projects. Approved for advertising at meeting on April 3 & 4. 

Bridge. Dayton Bridge over Yamhill River. Bids for repairs 
to be received at next meeting. 

Maintenance headquarters at Newport. Expenditure for improve- 
ment of grounds, et cetera, approved. 

Bids received on following projects: 

Lapine Rock Production; 

Foster—Cascadia Section, surfacing; 

Gilliem County Line-"inter Ranch Section, grad. & bridges; 
Jones Will-Lena Section, grad., surf., and oil; 

Morrow County Line-Stanfield Section, grade and top; 
Bridge over Meadowbrook Cree near Starkey; 

Deer Creek-Bellevue Section, grad., pave & bridge; 

“lest Sheridan Section, grading and paving. 

Charles H. Leonard. Request denied for reimbursement of por- 
tion of cost of trial resulting from action brought by 
laborers under contrect ilo. 1754. 

Claim. U. 5. Forestry Department requests reimbursement for 
trees destroyed in reconstruction of Low Pass Section. 

Klemath Polls Shops. Payment of irrigation and drainage es- 
sessments authorized. 


£4 


10165 


10166 


10167 


Date Subject 
1941 
Feb. 28 Acreements, et cetera, signed us follows: 
>Tane County, improvement of iti cherdeon-Sivslew Junction Sec- 
bion as cooperative project; 
>Poeific Telephone and Telegraph Company, use of poles at 
intersection of Kingwood /vernue and Edgewater St.,West Salem; 
> Pacific Telephone and Telegraph Company, use of pole for 
traffic signal installation in Vest Salen; 
> Northern Pacific Terminal Company of Oregon, installation of 
grade crossing signal at Rrondway Bridge, Portland; 
> 0..2.& ii. Company, Union Pacific Company and Southern Pa~ 
cific Company, use of upper dec! of Steel Bridze, Portland; 
>Board of County Commissioners, jiultnomah County, use of upper 
deck of Steel Bridge, Portland; 
J Bonneville Pover Administration, construction of pole line 
in Clackamas end Viashington Counties; 
> Bonneville Pover Administration, construction of pole line 
over and across O'Neil Secondery Stcte Highway; 
_United States of Americe, Department of Agriculture, Forest 
Service, snow removal on Pimberline Lodge Road; 
iiary C. Hale, et al, lease of stock pile site in Lane County; 
Andrew Smith heirs and Department of Interior, indian Affairs, 
lease of stock pile site near Roads End, Lincoln County; 
L. &. Bierce, construction of logging read across state 
property adjacent to Salmon River Highway; 
4, W. Harris, construction of logging road across state »rop- 
erty adjacent to Salmon River Highway; 
Paul Borg, permission to use water from state spring in 
Columbia County; 
Strong and hicDonald, removal of rock from state quarry at 
Bandon; 
G. M. Giesendorfer, «cquisition of property in Cascadia Park; 
Oregon Baptist State Convention, surrender of right, title, 
and interest vith respect to use of Cascadia Park property; 
United States of America, right of vay and fence construction 
on Central Oregon Highway, Malheur County; 
California-Oregon Pover Company, use of pole for suspension 
of flashing beacon in Drain; 
Drain, City of, use of poles for suspension of signal suspen- 
sion cable guy attachments in Drain; ’ 
Portland General Plectric Comnany, use of poles for suspen- 
gion of traffic signels in tiest Salem; 
Portland General Electric Company, use of poles for suspen- 
sion of traffic signals in ‘lest Salem; 
Bargain and sale deed conveying unto Coos Bay Dredging Com- 
pany property in Marshfield; 
Bargain and sale deed conveying unto Lester Sell property in 
Jashington County; 
Pargain and sale deed conveying unto Leon end Edith it. Mix 
property at Depoe Bay. 
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1941 
10156 Feb. 28 


10161 


10164 


Subject 


North Santiam Highway. Detroit-South Santiam flirhway June- 
tion Section. To be placed on secondary system when 80-ft. 
right of way acquired. State to maintain road. 

Bridge. Independence. Statc to contribute funds received 
from Polk County, on old debt, toward cost of bridge. 

Pacific Highway. Eugeue-Cpringfield Section. Options for 
right of way to be acquired from Mrs. Katherine Stewart. 

Oregon Coast Highway. Gold Beach Section. Report on prog- 
ress being made in acquiring right of vay. 

Defense road fund. Telegram to Manager, Pacific Highway As- 
sociation re appropriation of federal funds. 

Auvard. Following award confirmed: 

Bend-Forest Boundary Section, Babler Bros. 

Route F Highwoy. Sugene-Veneta Section. Placed on secondary 
highway system as extension of Eugene-Swisshome Sec. Hwy. 
Pugene-Swisshome Secondary Highvay. Richardson-Siuslaw Junc- 
tion Section. esolution removing section from secondery 

highvay systen. 
Eugene-Veneta Section of Route F Rosd. Placed on secondary 
system as extension of Eugene-Swisshone Highway. Resolution. 

Load limit. “‘eston-Elgin Secondary Highvay. Resolution re- 
ducing maximum load limit. 

Log hanling. Request of Van Vleet Logging Company to truck 
logs on Cannon Beach Road during summer months denied. 
Santiam Highway. Cascadia-Foster Section. Hauling of over- 
length loads. Regulations adopted. 

Operators to furnish affidavits that logs are not to be re- 
saved. 

Equipment. Purchase of folloving authorizeds 
1 pover puap for drainave timmel construction; 

1 powered iam mover for Portland division. 

Oversized equipment. Request of Arthur Ervin to operate over- 
sized 2quipment approvec. 

Alkali Lake. Construction of maintenance headquarters and 
oasis requested. Action deferred. 

Lekeview-Burns Highway. Stabilization of 15-mile section 
north of ‘iagontire requested. Action deferred. 

Fence. Request of Aleutian Livestock Company to construct 
fence adjacent to Wolf Creck Highway denied. Stcte property. 

Stakes. UJolf Creek Highway. State to set guide stakes 
for use of Aleutian Livestock Company in constructing fence. 

Surveys. List of surveys ordered by Sngineer. 

Extension of time, as follows: 

Arthur T. Fox, landscaping at Medford maintenance station. 

Contract completed: 

Medford maintenance station landscaping, Artiur T. Fox. 

Dete for ley meeting scheduled for eth anc 9th. 

Interim meeting in Portland scheduled for March 24, 1941. 


Date 
1941 
1O181 Mass. 24 


10182 


10183 


10134 


10185 


Subject 


Old Oregon Trail. Newspaper item relative to rerouting. 

Survey. Old Oregon Trail. Survey of alternate routes from 
Idaho line to Huntington authorized. 

Nyssa-Adv'ian Highway. Adrien-Homedale Junction and Homedale- 
Spur Sections. Oiling requested. Action deferred. 

Woodvurn-Sandy Secondary Highway. Eagle Creek-Sandy Section. 
Report on cost of improvement. Approval of Clackemas County 
re substitution of Boring Road for Eagle Creek-Sandy Section 
on secondary highway system. 

Boring Road. Placing on secondary system end removal therefrom 
of Eagle Creek- Sandy Section considered. 

Woodburn~Sandy Secondary Highway. Springwater-Estacada Section. 
Report on cost of improvement. 

Pacific Highway. Jackson County Line-Central Point Section. 
Nonskidding approved. 

Dolph-Boyer Section. Grading and bridge construction disapproved. 

“lest Portland-Hubbard Highway. Request for change in plans for 
proposed improvement near 64th Avenue denied. 

Portland. Ivan Phipps matter re use of state property at Van- 
couver Avenue approach to Interstate Bridge reconsidered. 

Yasbington County. County to construct road connection to 
Pacific Highway Test near Sherwood. State to furnish right 
of way. 

Pacific Highway ‘lest. Sherwood. County to build connecting 
road to relocated highway. Present connection near Vota 
Undercrossing to be closed. 

Baker-Homestead Highway. Keating Road-Ruckles Creek Section. 
Completion of oiling work deferred. 

Pipe. iteport on purchases of concrete culvert pipe and corru- 
gated metal pipe. 

John Day Highway. Austin-Opur Section. Reauect for resurfac- 
ing denied. 

Oregon Coast Highway. Ocean Lake District. Improvement dis- 
cussed. 

Crater Lake Highway. Medford-Treil Section. Stabilizing of 
river-run gravel base approved. 

Tiller-Trail Secondary Nighway. Tiller-Drew Section. Request 
for improvement denied. 

Wolf Creek Highway. Necanicum Junction Section and Vollmer Creek 
Section. To be advertised for bids. Rock for surfacing to 
be secured from Babler Bros. at Hjortland quarry. 

Rock. Necanicum Juntion and Vollmer Creek Sections. Rock for 
surfacing to be secured from Babler Bros. 

Cattle pass. Construction under Fremont Highway near Paisley 
approved. 

Log hauling. Hauling on state highways discussed. 

Maps. 25,000 naps to be furnished Oregon State ifotor Associa- 
tion free of cost. 

Nehalem Secondary Highway. Forest Grove-Astoria Section. Reso- 
lution designating a through highway. 


Subject 


Real property. Resolution authorizing acquisition. 

Condemnation. Recommended offers. Resolution adopted: 

7 Right of way: Pacific Highway; Secondary Hwy. No. 224. 

i . ; Gravel pit: Boardman-Stanfield highway. 

4 10176 Boardman-Stanfield Highway. Settlement with L.A.ticClintock 

for right of way approved. 

Nelscott. Old right of way fronting on Mr. Lempman's prop- 
erty and on Nelscott business buildings to be retained. 

: Abendonnent of parcel fronting on Cnas. P. Nelson property 

gq approved. Oiling of area between pavement and business 


' 
. 
; buildings approved. Mr. VanDuzer to be consulted re Lamp- 
; man property. 
£ | 10177 Forest Highway Program for 1941. Appropriations cut. Pro- 
r | 3 gram to be revised. 
‘ Strategic military system. Allocation of forest highvay funds 


=| to military highway system discussed. 
>| Oregon Coast Highway. Port Orford South Section. Acquisi- 
tion of Orris B. Knapp property and contracting of proj- 
ect discussed. 
It i 10178 Portland. Reauest of Consolidated Supply Company to rent 
{ storage site on Front Avenue right of way approved, 
Heppner Highway. Jones Hill Section. Construction of road- 
way approach to property of Mrs. Bailey approved. 
| Columbia River Highway. St. Helens Section. Reavard of con- 
| tract to United Contrecting Company considered. 
: Claim. Joseph P. Parker, et al. Payment of interest charge 
} in connection with right of way condemnation case discussed. 
‘ ) 10179 Timber strips. Salmon kiver Highway. Purchase deferred pend- 
‘ 1 ing report on expenditure of federal funds. 
Park matter. Casey State Park. Eviction of Mrs. VanDyke. 
THlson River Highway. Glenwood-ilashburn Section. Chas. R. | 
Bateman requests conference re right of way settlement. 
a 10180 Multnomah Falls. Illumination of falls discussed. 
e-| Timber. Tiller-Trail Secondary Highway. Cutting of timber 
discussed. Decision deferred. 
Pacific Highway East. Albany Section. Exchange of property 
: with Theodore Hoflich approved. 

Pole line. Request of Nehalem Telephone & Telecraph Company 
to extend line along ocean side of highway near Brighton 
denied. 

é Bonneville Power Administration. Construction of pole line 
| along State Secondary Highways Nos. 334 & 335, involving 

: joint use of poles of Pacific Power & Light Company. 

. 10181 Scales. Use of state-ommed scales for weighing privately- 

' omed trucks, re obtaining licenses, denied. 

a Ontario. Improvement of First Street as alternate route for 
f { Old Oregon Trail discussed. 

E Survey. Ontario. First Strect as route of Old Oregon Trail 
F 


r, to be surveyed. 


10192 


10193 


10194 


10195 Mar. 28 


Subject. 

Survey. Airport Secondary Nighway. Survey authorized. 

Old Oregon Trail. Delegation requests construction of revision 
betvreen Ontario and Huntington. 

Railroad underpass. Reconstruction near Durkee requested by 
delegation from Ontario. 

Grace separation structures. Delegation from Baker requests 
improvement of structures on each side of town of Durkee. 

Old Oregon Trail. Union-North Powder Section. Delegation re- 
quests modernization. 

Columbia River Highway. Delegation requests elimination of 
bottle-neck between The Dalles and Portland. 

Pendleton. Delegation requests widening of Court Street. 

Old Oregon Trail. Blue Mountain Section. Delegation requests 
straightening. 

Columbia River Highway. Delegation requests reconstruction of 
section from Quinton to John Day River crossing and from 
Arlington to Heppner Junction. 

Delegation from The Dalles requests several improvements to 
highway, including improvements in city of The Dalles. 
Delegation from Hood River also requests several improvements. 

Vista House. Crow Point. Delegation suggests maintenance of 
highway approaches when new highway is completed. 

Historic signs and markers. Ray Conway speaks on matter of 
signs and markers. 

Funds. Ray Conway speaks on diversion of state highway funds. 

Old Oregon Trail. Oregon Trail Association approves program 
for improvement as outlined by delegations. 

Columbia River Highway. Portland-The Dalles Section. Sugges- 
tion made by delegation that section be built as toll road. 
Oregon Trail Association approves program of improvement as 
outlined by several delegations. 

Bridges. Delegations confer relative to legislation re inter- 
state bridges. 

Maryhill ferry. Report on annual profit to ommers. 

Old Oregon Trail. Delegation urges reconstruction of present 
route between Union and North Powder rather than rerouting 
via Ladd Canyon. 

Union. City favors parallel parking along Old Oregon Trail. 
City considering ordinance prohibiting "U" turns along hwy. 
Cut-off road. Delegation suggests construction of cut-off road 
between Union and connection with Tollgate Road at Elgin. 
John Day Highway. Butte Creek-Service Creek Section. Oiling 

authorized. 

Pendleton-John Day Highway. Mountain Rest-Mt. Vernon Section. 
Oiling authorized. 

Wolf Creek Highway. Sunset Tunnel—Davies Section. Increase in 
allotment for oiling work authorized. 

Baker-Homestead Highway. Flagstaff-Ruckles Creek Section (west 
end). Additional allocation for surfacing and oiling 3.38- 


mile section approved. 


Page 
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10183 


10189 Mar. 26 


Date 
1941 
10186 Mar. 24 


Subject 


Boat. C. 1. Good, Eugene, requests permission to transport 
boat over Sisulew Mighway from Eugene to Cushman. 

Equipment. Purchase of following authorized: 

21 4-wheel-drive trucks; 10 station wagons; 1 Buick car 
for Assistant Attorney; 2 portable compressors; 2 chipping 
hammers; 4 brushes for cleaning bridges. 

Bridge. Application of The Dalles Bridge Company to construct 
bridge across Columbia River near The Dalles discussed. 

Survey. Comprehensive economic survey of prospective inter- 
stote bridge sites along Columbia River authorized. 

Agreements, et cetera, considered and signed: 

Bonnevilie Power Administration, certificate to secure $10 
payment for maintenance of guy wire and anchor in Hood River 
County; 

Anderson Brothers, cmstruction of logging road adjacent to 
Salmon River Highway, Lincoln County; 

Albany School District ilo. 5, lease of portion of right of 
vay of Pacific Highwey Fast; 

Bonneville Power Administration, encroachment of over line 
on right of way of Lower Columbia River Highway; 

United Stetes Bureau of Reclamation, construction of North 
Unit, Main Cana). in Deschutes County; 

Earl Halley, et al, lease of maintenance headquarters site 
at Richland; 

Comty Courts of Marion and Linn Counties, designation of 
North Santiam Highway a state secondary highway; 

United States of America, granting government permission to 
construct stock fences on right of vay of Central CSregon High- 
vay, Old Oregon Trail, and John Day Highway; 

Bargain and sale deed conveying unto Nevell “right land in 
Josephine County. 

Umatilla County. Delegation confers with Commission in Stan- 
field relative to resurfacing and oiling county road from 
Stanfield to connection with Stanfield-Boardman Highway. 

Survey. Survey of proposed railroad grade separation structure 
at Morrow-Umatilla County line near U.S.Army Ordnance Depot. 

Strategic military highway system, Discussed with representa- 
tives of Public Roads Administration. 

Old Oregon Trail. Delezation confers in Pendleton relative to 
proposed plans for rerouting which will bypass Ontario. 

Boardnan-Stanfield Highvay. Morrow County Line-Stanfield Sec- 
tion. Contract awarded to iM. L. O'Neil & Son. Contractors 
agree to file no claim for extra compensation. 

Columbia River Highway. St. fleLens Section. Re-awarded to 
United Contracting Company. 

Award of contracts, as follows: 

Morrow County Line-Stanfield Section, M.L.O'Neil & Son; 
St. Helens Section, United Contracting Company; 
Airport Secondary Iighway No.336. Reconstruction authorized. 


9935 


Bend, Oregon, December 3, 1940 


The State Highway Commission met in special session at 8:00 p, am, 
jin the Pilot Butte Inn, following insnection of "The Cove" State Park, at 
the confluence of the Deschutes River, Crooked River, and Metolius River, 
Jefferson County, in company with the State Parks Superintendent, S. H, 
Boardman, who pointed out the attractive features of the present park and 
presented a ts in favor of enlarging the park by the purchase of adjoin- 
ing privately-owned land. Present were: 


Henry F, Cabell, Chairman 

Huron W. Clough, Commissioner 

R. H, Baldock, State Highway Engineer 
J. U. Devers, Attorney 

H. B. Glaisyer, Secretary 


This meeting was held enroute the inspection trip in Lake and Kam- 
ath Counties. Commissioner Herman Oliver joined the party at Lakeview on the 
following day. 


The Attorney presented a form of agreement between the Oregon-Wash- 
ington Railroad and Havigation Company, the Union Facific Railroad Company, 
the Southern Pacific Company, and the State Highway Commission, covering the 
use of the Steel bridge, in Portland, for state highway traffic upon comple- 
tion of the proposed Front Avenue project. He read aloud the provisions of 
the proposed agreement which the Commission discussed at length and approved. 


The Attorney was instructed to discuss the matter with the attor- 
neys for the railroad companies. If the form is approved by such attorneys, 
then copies of the agreement are to be delivered to the railroad companies 
by Chairman Cabell for execution. 


The Commission also discussed and approved a form of agreement with 
Liultnomah County with respect to the use of such bridge. The Attorney was 
instructed to discuss the same with the County's attorney and, if approved 
by such attorney, to deliver the forms to Chairman Cabell for transmittal to 
the Board of County Camnissioners for execution. 


The Commission discussed the controversy with Lr. W. C. Calder 
arising out of a slide that occurred on the Oregon Coast Highway in front of 
Mr, Calder's proverty near Arch Cape, in northern Tillamook County. The Com- 
mission decided that the offer previously made to lir, Calder as settlement 
of this matter, which offer provided for the payment of 31,500 to Mr. Calder 
as damages and the removal of debris from his land and the general clean-up 
of the premises, was sufficient. The Attorney was instructed to so inform 
ir. Calder and to advise him that the Commission considers such offer of set- 
tlement as final. 


In this connection the Attorney read aloud a letter from lr. Calder 
offering to sell to the State for park purposes, at the rate of 25.00 per 
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John Day-Burns Hiphway. Seneca Section. Request of Hines Lun 
ber Company for chenge in alignment of highway ih Seneca denied. 

Right of wey correction. [Error in right of way resolution 
adopted October 9, 1940, Item GO3S-A, to be corrected. 

Three Flags Highway Association. Delegation confers with Commis- 
sion in John Day regurding highway matters. Wo requests. 


ment of the Columbia River ‘JJighway at this place it was necessary to acquire 
a strip of land 10 feet wide across the front of the High School grounds and 
another strip 10 feet wide across the front of the Grade School grounds and 
that in the negotiations: the depreciated value of the school property was 
overlooked and the School board will not now complete the dea] unless allow- 
ed an extra payment of 1228.00, The Attorney gave as his opinion that the 
claim is justified and recommended payment of the same in order to avoid a 
law suit. The Commission approved the recommendation unanimously. 


The Attorney requested instructions relative to the acquisition of 
right of way across the front of the Congregational Church property in Scap- 
poose. He advised that the improvement of the Columbia River Highway at 
this place necessitates taking some of the Church land which places the 
Church building nearer the highway than heretofore, and for that reason he 
is unable to reach a satisfactory settlement with the Church people, who 
will not deed the property to the state unless the Commission will agree to 
move the Church building back. He gave as his opinion that the Church has 
not been hurt in the least and accordingly recomended condemnation to ac- 
quire the right of way if a satisfactory settlement cannot be made other- 
wise. The Commission approved the recommendation. 


The Engineer requested authority for the Right of Way Department 
to negotiate for right of way needed for the Wolf Creek Highway between Man- 
ning and Portland, inasmuch as this improvement is scheduled for construc- 
tion in the near future as a WPA project. The Commission approved the re- 
quest. 


The Commission considered the offer of the Penn Timber Company to 
sell to the state wayside timber strips alung the Willamette Highway. The 
State Parks Superintendent advised that these strips are within the bound- 
aries of the Willamette National Forest and, in his estimation, such acqui- 
sitions are the function of the U, S. Forest Service, He recommended that 
the offer be declined. The Commission approved the recommendation, 


The Commission discussed and referred to the State Parks Superin- 
tendent, for investigation and report, the matter of acquiring burned timber 
strips along the Santiam Highway in the vicinity of Sisters. 


The Commission also discussed the matter of acquiring the land ly- 
ing between the Oregon Coast ilighway and the Pacific Ocean south from New- 
port to Yachats, in Lincoln County. The State Parks Superintendent recom- 
mended the purchase of these strips which, he said, are quite narrow and 
will provide a freeway six miles in length at this location, inasmuch as the 
state already owns the land on the opposite side of the highway, The Commis- 
sion instructed the Attorney to secure options on the property. 


A request from a lirs. Liiller, Oregon City, for right of access to 
the Pacific Highway East, in Block 13, Oregon City, had the attention of the 
Commission. The Attorney advised that when the highway right of way was ac- 
quired at this point the grantors were assured that they would be given ac- 
cess to the highway when it was completed, which was in conformity with the 
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acre, 68 acres of land situate on the east side of the highway at this loca- 
tion. The State Parks Superintendent who was present recommended purchase 
of the tract because it would connect up wayside strips previously acquired 
by the Commission at this point. The Comnission autherized the Attorney to 
negotiate for the purchase of this tract; owever, instructed him to keep 
the two transactions absolutely separate. 


Pinte ge it ee 


aye 


The Engineer >resented a letter from C, S. Freeman, Rear -dmiral, 
U. S. Navy Commandant, U. S. Naval Department, in regard to the proposed ac= 
quisition by the Navy Department of additional land adjacent to the naval air 
station at Tongue Point to permit the expansion of this station. Admiral 
Freeman advised that the Naval Department will need certain land, including 
the highway right of way, extending from the city limits of Astoria north to 
the present boundary of the station and will also need certain land lying 
north and west of the highway right of way which was formerly embraced in 
what was known as Tongue Point State Park. He inquired as to how much the 
State would require the Naval Department to pay for this property and advised 
that if the title to the land is taken by the United States that the state 
highway would be left open to public traffic until such time as military con- 
siderations necessitate closing it; also, that the Navy Department does not 
have funds at the present time to pay the cost of relocating the highway. 
The Engineer read aloud his letter of reply, dated November 28, 1940, in 
which he advised that the State Highway Commission is willing to transfer to 
the Navy Department the land beyond the limits of the highway right of way 
but is not willing to relinquish the right of way at this time, although the 
Comission is agreeable to conveying it to the Navy Department when it is ur- 
cently needed for military purposes and provided the lavy Department will 
pay the cost of constructing a satisfactory substitute therefor. After dis- 
cussion, the Commission approved the Engineer's letter and authorized the 
transfer .of the park property to the United States Naval Department at once 
through Clatsop County Court, inasmuch as it was acquired by the State from 
the County as a gift for park purposes. Deed conveying the area to the Coun- 
ty was signed by the Comission later in the session. 


The Attorney presented a request from Albany School District No. 5 
for the use of a portion of the right of way of the Pacific Highway in front 
of the schcol grounds in Albany. He advised that the area in question is a 
narrow strip of land lying Letween the sidewalk and the school-ground fence, 
and that the School Jistrict would like to have the use of it for school 
playground purposes, and, if the Commission will grant them that privilege, 
the School District will remove the existing board fence and replace it with 
a new woven wire fence at the sidewalk line at no expense whatsoever to the 
State. The Commission indicated that it would have no objection to leasing 
the property to the school District temporarily if the District will vacate 
the property whenever the area is needed for highway purposes. However, a 
definite decision was deferred pending further investigation by the Engineer, 
to whom the matter was referred for report. 


The Attorney also presented a right of way settlement with the 
School Eoard at Scappoose. It appears that in connection with the improve~ 


described as follows: 


Beginning at the southeast corner of the Oregon 
State Highway De artnent ‘lighway Shops Grounds, said 
corner being South 0° 43' Nest 5.9 feet and Worth 89° 
57' East 1246.05 feet from the southwest corner of the 
Said Samuel varker D. L. C,; thence South O° 10' East 
along the westerly right of way line of the Airport 
Road a distance of 10.5 feet; thence Youth 89° 57 Vest 
parallel to and 10.5 feet distant from the said Highway 
Shops Grounds a distance of 1221.1 feet; thence North 
0° 43' East a distance of 10.5 feet: thence North 89° 
57' East along the southerly line of said shops grounds 
a distance of 1221.05 feet to the point of beginning, 
containing 12,820 square feet; 


AND, WHEREAS, the State iighway Commission and the State 
hoard of Control desire to exchange said real properties because 
of the fact that such e..change will be to the material benefit and 
advantage of said respective denartments; and 


WHEREAS, it is the judgnent of the Highway Commission 
that the said properties are of equal value and that public inter- 
est will be furthered by such proposed exchange; 


NOI, THEREFORE, BE IT AD IT HEREBY IS RSSOLVED by the 
Oregon State Highway Commission, all members being present and 
voting affirmatively, as follows: 


1, That the State Highway Commission does hereby trans- 
fer to the State Board of Control all of the interest of the State 
Highway Commission in and all of its control over the real proper- 
ty first above described, upon the express condition, however, 
that the State Board of Control shall by appropriate resolution or 
action transfer to the State Highway Commission all of the inter- 
est of the State Board of Control in and all of its control over 
the real pronerty second above described. The Highway Commission, 
however, reserves the right to maintain the sewer line which has 
been constructed and installed beneath the surface of said tract 
and reserves the right to go upon said tract for the purpose of 
repairing and/or renewing said sewer line. 


2, That upon the adoption of this resolution by the 
State Highway Commission and the adoption of an appropriate and 
corresponding resolution by the State Board of Control and the 
delivery of a certified copy of this resolution to the State Board 
of Control, and the delivery of a certified copy of the State 
Board of Control resolution to the State Highway Commission, the 
exchange of said croperties shall be deemed commlete, and there- 
after this resolution shall be entered in the minutes and records 
of the State Highway Commission, 
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Hi hway Commission's policy at that time. In view of the Attorney's state- 
ment, the Commission approved irs. ‘iller's request with the understanding 
that access to the highway would not be continuous but would consist of two 
openings, each not more than 25 feet wide, one to allow ingress to her prop- 
erty and the other egress therefrom. The Engineer was instructed to have 
Landscape Engineer George Otten and Traffic Engineer John Beakey contact lirs. 
-iller at the earliest possible time and explain in detail the Commission's 
“lans for landscaping along this section. 


The Secretary presented a resolution adopted by the State Board of 
Control with respect to an exchange of properties adjacent to the Highway De- 
partment Shops in Salem. The Commission approved the resolution by unanimous 
vote and authorized the Secretary to enter in the minutes of this meeting tte 
following resolution covering the same subject which was approved by the Com- 
mission at the previous meeting: 


WHEREAS, the State of Oregon, by and through its State 
Highway Commission, is the owner and is in possession of the fol- 
lowing described real property situated in Marion County, Oregon, 
to wit: 


A parcel of land lying in the Sanuel Parker D.L.C. 
and in the A. F. Waller D.L.C. in Section 25, Tomship 7 
South, Range 3 Vest, “. Li., larion County, Oregon, the 
said parcel being a strip of land 25 feet in width and 
being described as follows: 


Beginning at the soutiwest corner of the Samuel Park- 
er D.L.C.3 thence North 0° 43' East along the west line of 
said D.L.C. a distance of 499.75 feet to the southerly 
right of way line of the Southern Pacific Co.; thence along 
said right of way line on a 3871.06 foot radius curve to 
the left (the long chord of which bears North 71° 49! East 
14.5 feet) a distance of 14.5 feet; thence North 39° 11! 
East a distance of 18.14 feet; thence South 0° 43' West 
parallel to and 25 feet distant easterly from said D.L.C. 
line a distance of 524.22 feet to the southerly line of the 
Oregon State Highway Department property; thence South 89° 
57' Jest along said southerly line a distance of 25 feet; 
thence North 0° 43' East a distance of 5.9 feet to the 
noint of beginning, containing 12,802 square feet. 


AND, WHEREAS, the State of Oregon, by and through its State 
Board of Control, is the ower of and is in possession of the follow- 
ing described real property situated in ,arion County, Oregon, to wit: 


A parcel of land lying in the Samuel Parker D L.C. 
and in the A. F. aller D.L.C,. in Section 25, Township 7 
South, Range 3 Jest, «.M., Marion County, Oregon, the said 
parcel being a strip of land 10.5 feet in width and being 
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to the engineer's stations of said reconstructed high- 
way being Station 2549452 on the northerly end and Sta- 
tion 2554410 on the southerly end, 


The said fragment or parce] of land is more particularly ascertain- 
ed and determined by reference to a map or blueprint marked "Exhib- 
it A", attached hereto and by this reference made a part hereof, 
which said map for identification purposes bears the signatures of 
F. D. Eason, Division Engineer, H. G. Smith, Construction Engineer, 
and C, 5. icCullough, Assistant Highway Engineer, and is dated 
October 30, 1940, upon which map or print there is reflected the 
above described parcel of land by showing the same shaded in red.* 


2, That this resolution be entered in the minutes and 
records of the Commission and a certified copy thereof delivered 
to the municipal authorities of the City of Toledo for such action 
as said municipal authorities may desire to take with respect to 
said fragment of land, and that a certified copy be mailed to the 
County Court. 


3, In the event there remains any physical connection 
between any portion of said abandoned right of way or highvay and 
the nresent highvay, and by reason of such physical connection 
traffic from the existing highway, may enter or use the said aban- 
doned portion of the said highway to the possible damage or injury 
of such traffic by reason of any unsafe condition existing with 
respect to said old or abandoned highway, then the State Highway 
Engineer is hereby authorized and directed to erect such barricade 
or other safeguards as may be necessary to protect and safeguard 
traffic using and employing said newly located, constructed and 
dedicated section of said highway. 


The Commission discussed the advisability of establishing a game 
refuge on state Highway Department property at Albany, particularly the area 
that includes the artificial lake formed by the impounding of the water of 
Cox Creek. The Commission approved establishment of such game refuge and, 
thereupon, signed a game refuge contract form furnished by the Oregon State 
Game Commission for such purpose. 


The Cammission discussed a revort from the State Parks Superinten- 
dent on the sugsestion made by ir. A. B. Sanders, ianager of the Oregon 
Coast Highway Association, that the Commission maintain latrines adjacent 
to the Oregon Coast Highway at Depoe Lay. The Parks Superintendent recan- 
mended against the establishment of such facilities. The Commission ap- 
proved the recommendation. 


Reconsideration was given by the Commission to the matter of es- 
tablishing wayside picnic areas along the Liount Hood Highway, in Hood River 
County. The Commission confirmed its action taken at the meeting on Novem- 
ber 13 when the establishment of one wayside area was approved as a trial 


Caen ne > + 
Wiap filed Xight of «ay Abandonment and Retention file - No. &2 


9940 


The Commission, by unanimous vote, and upon recommendation of the 
Engineer adopted the following resolution abandoning a portion of the Cor- 
vallis-Newport Highway in the City of Toledo, which portion is no longer of 
value for state highway purposes, inasmuch as the highway has been recon- 
structed on other alignment: 


WHEREAS, in order to afford a better alignment and a 
moré satisfactory, safe and convenient highway for the traveling 
public the Commission found it necessary to relocate a portion of 
the Corvallis-Newport ilighway and particularly the section within 
the corporate limits of the City of Toledo; and 


WHEREAS, by reason of said relocation and reconstruction 
of said section of said highway, which section is sanetimes known 
as the Toledo or Olalla Creek-Toledo section, there was eliminated 
and made unnecessary as a part of the right of way of the permanent 
highway a certain tract or parcel of land, which tract or parcel is 
more specifically defined hereinafter in this resolution; and 


WHEREAS, it is the judgment and opinion of the Commission 
that there should be recorded in the minutes and records of the Com- 
mission its purpose and plan to abandon as a part of said state high- 
way the fragment or portion of land hereinafter designated and here- 
tofore included within the area of the right of way of said highway 
as formerly located, improved and used. 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by this 
Commission, all members being present and affirmatively participat- 
ing, as follows: 


1. That the fragment of land hereinafter designated, 
which fragment or parcel was formerly within the limits of the 
right of way of the Corvallis-Newport Highway but is now eliminated 
from the right of way of said highway as said highway has been re- 
located in the City of Toledo, be and said fragment or parcel of 
land is abandoned as part of said highway, and said parcel of land 
being within the corporate limits of the City of Toledo is left to 
revert to the City of Toledo for such public purpose as the said 
municipality may elect to make of the same, and in the event the 
municipality does not elect to preserve said fragment of land for 
public purposes, then the same is left to revert to the abutting 
owners according to their legal rights. The fragment or parcel of 
land affected by this resciution is defined and described as fol- 
lows, to wit: 


All that certain section of the old right of way of 
the Toledo Section of the Corvallis-Newport Highway, in 
Sections @ and 17, Township 11 South, Range 10 West, W/.ll, 
Lincoln County, lying on the easterly side of the right 
of way required for the reconstructed Corvallis-Newport 
Highway, the beginning and ending points with reference 
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The Engineer discussed with the Commission the matter of surfacing 
a 6mile unit of the Prineville-ladras Section of the Warm Springs Higtmay 
which was graded during the past summer. He said that the only surfacing 
material available in this vicinity is crushed rock and due to the high cost 
of producing such material, in his estimation, it would be inadvisable to 
place a standard surfacing on this section until the entire unit between Mad- 
ras and Prineville is graded several years hence, when a larger surfacing 
project can be contracted at lesser unit cost. He accordingly recommended 
deferment of such surfacing project and that in the meantime he be author- 
ized to expend about $1,500 for graveling the weak spots on the new grade as 
they develop, such work to be done with state forces. The Commission approv- 
ed the recommendation. 


The Commission discussed a letter fron Mr. G. 1, O'Conner, Liarsh- 
field, in which the Commission was urged to improve a one-half mile section 
of the Coos Hiver Secondary Highway just north of the Enegren Ferry crossing. 
ur. O'Conner alleges that this road is narrow and crooked and is a death 
trap, and that many accidents have occurred thereon. Further, that the road 
carries a large volume of traffic and its improvement is more than justified. 
The Engineer estimated that it would cost about {10,000.00 to improve the 
present road as requested. He pointed out that the road is not now on per- 
manent alignment and will protably have to be moved in order to accomodate 
a bridge across Coos River to replaee the present ferry, although as to that 
he cannot say definitely until a survey has been made. The Comnission dis-~ 
cussed the matter Lut deferred a decision pending the securing of an accurate 
estimate of cost to provide a permanent improvement. The Engineer was there- 
upon authorized to conduct a location survey of the section in order to se- 
cure such information. 


The Commission discussed a resolution from the Ashland Chamber of 
Commerce in which request was made for a survey to determine just what is re- 
quired to modernize the Pacific Highway along its present route through the 
city of Ashland, including resurfacing and widening where necessary, exten- 
sion of concrete s tfacing to the curbs at all points, and the elimination 
ef the turn at the Plaza Corner. After discussion, the Commission approved 
the request and instructed the Engineer to make such investigations as may 
be necessary to determine what it will cost to do the work requested. He was 
further instructed to include in his report a statement of expenditures here- 
tofore made by the Commission in the improvement of the Pacific Highway with- 
in the city limits of Ashland and an estimate of cost of acquiring the neces- 
sary right of way, removal of buildings, etc. 


A letter was presented from the County Court of Lane County trans- 
mitting and endorsing a petition signed by numerous users of the Deadwood- 
Alsea Secondary Highway in which the Commission was urged to modernize this 
highvay at the earliest possible time by widening, straightening, graveling 
and eliminating dangerous curves. The Commission denied the request on ac- 
count of lack of funds to finance the work and for the further reason that 
there are so many other projects throughout the State that have a priority 


rating. 
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proposition, same to be located at Highway Engineer's Station 628400, about 
10 miles south of Hood River, 


The Commission discussed the action to be taken with respect to il- 
legal advertising signs that are being maintained on privately-omed pronerty 
adjacent to state highways but deferred its decision thereon until the next 
meeting. The Engineer was instructed to give the matter study in the mean- 
time and to offer at such meeting suggestions and recommendations for handl- 
ing the matter. 


The Attorney brought up for discussion a right of way controversy 
with Lir. Clyde R, Gillette, Nashville, Oregon. He advised that Mr. Gillette 
has been offered $225.00 for the land required of him, which offer Mr. Gil- 
lette has refused although he has stated his willingness to settle for 
$250.00. The Attorney requested instructions as to whether to pay the sum 
demanded or to acquire the property by condemnation. The Commission decided 
to pay the $250.00 in order to avoid condemnation and the expense incident 
thereto. 


The Engineer reported on investigations conducted along the Old 
Oregon Trail at iuntington to ascertain the extent of the improvements that 
will be necessary to prevent waterspouts from causing damage to property at 
this place. He said that a joint inspection of the situation was made - by 
Division Engineer williams in company with engineers representing the Union 
Pacific Railroad Company and it is their thought that the main trouble could 
be eliminated by diverting waters fram Jaterspout Gulch into Durbin Creek, 
which flows under the highway and the railroad at the north side of the town, 
and by enlarging certain culverts under the highway and the railroad tracks 
at certain points in the town, all of which work is estimated to cost about 
$5,174.00, and is to be paid approximately 50 per cent by the state and 50 
per cent by the railroad company. He gave as his personal opinion that the 
diversion of the waters from Waters»out Gulch would not prove entirely satis- 
factory because waterspouts carry 2 lot of debris which would probably col- 
lect at the point where the diversion canal enters Durbin Creek and form a 
dam that would force the water to flow over private property, inviting damage 
claims. However, he said that the reconstruction of the culverts would mate- 
rially assist in caring for the excess water. He recommended approval of 
the proposed plan insofar as the culvert construction is concerned and that 
further study be made with respect to the diversion of the waters from Water- 
spout Gulch before the expense is incurred in connection with that part of 
the improvement. The Commission approved the recommendation and authorized 
the Engineer to proceed in accordance therewith. 


The Engineer reported that as previously instructed by the Commis- 
sion he has madé inquiry as to the plans of the U. S, Reclamation Service to 
establish a CCC camp along The Dalles-California Highway between Terrebonne 
and Ladras in connection with the construction of irrigation canals and 
ditches in this vicinity, and has ascertained that there is no immediate 
plan for the establishment of such a camp, hence there appears to be no par- 
ticular hurry from shat standpoint for the reconstruction of the highray be- 
tween these points. The Commission approved the report. 


the next biennium. The matter was referred to Chairman Cabell to discuss 
with Governor Charles A. Sprague. 


Consideration was given by the Commission to the claim of Melvin 
Sorell of Salem for injuries and damage suffered in an automobile accident 
on the Pacific Highway south of Salem. It appears that Mr. Sorell was driv- 
ing his car on the old pavement just south of Salem, notwithstanding that 
the new highway was open for traffic at the time, and unfortunately drove 
his car through a barricade at a point where the old highway connects with 
the new highway, injuring himself and a companion and damaging his car. He 
asks reimbursement in the amount of $150.00 to pay the cost of repairing his 
car. The Engineer gave as his thought that there was no excuse for the ac- 
cident because the highway was properly barricaded, and that the State is 
not liable, The matter was discussed at considerable length but action 
thereon was deferred pending inspection of the nrremises by Chairman Cabell. 


The Commission also considered the claim of I. L. Darby, Salem, 
for reimbursement for the cost of repairing his car, which was damaged when 
he backed into a "fog post" on the Pacific Highway just south of the inter- 
section at Brooks, Marion County. lr, Darby alleges that the fog post was 
improperly located and, in view thereof, that his claim is a just one. The 
Engineer advised that the fog post referred to serves to keep traffic on the 
surfaced road and is properly located, being 22 ft. distant from the center 
line of the highway and 10 ft. from the edge of the non-skid surfacing. He 
further stated that only carelessness on the part of the driver of an auto- 
mobile could cause a collision with this -est, hence, in his estimation, the 
state is not liable. He recommended denial of the claim. The Commission 


approved the recommendation. 


A letter was presented from Arthur Langguth, attorney, Portland, 
requesting, on behalf of Albert C, Graff, Corbett, Oregon, assurance from 
the State Highway Commission that Mr. Graff will not be apprehended by State 
Police for transporting over state highways enroute from Larch Mountain to 
Portland, five or six loads of short-length logs weekly, the logs being not 
in excess of eight feet in length and loaded crosswise on the truck bed, Lr. 
Langguth stated that Mr. Graff is a farmer and that the timber from which 
the logs are cut belongs to him, #urther, that he considers the logs an ag- 
ricultural product and, under his interpretation of the law, it would not be 
necessary for Mr, Graff to secure a special carrier permit. The Commission 
considered that this matter is outside its jurisdiction and ordered that Hr. 
Langguth be so informed and that he be referred to the Public Utilities Com- 


missioner. 
The Commission adjourned at 10:30 p. ™. 


State Highway Engineer Ciimman 
a Sf 
Heian Ss pa Mb 
Secretary ; Commissioner 
L 


The Engineer renorted that, as >reviously instructed by the Commis- 
sion, he contacted the County Court of Lane County relative to the prorosed 
improvenent of the Swisshame oecondary State Highway between “lalton and Swiss- 
home, and the Court stated its willingness to pay one-third of the cost of 
this work, the balance to be paid one-half by the State and one-half by the 
logging company, and further agreed to the elimination of this section from 
the secondary State Highway System when the proposed improvements have been 
completed, if the Highway Comission will extend this secondary state high- 
way easterly fron Veneta to Eugene. The Commission approved such arrange- 
ment and authorized the Engineer to proceed «ith the improvements. 


a The Engineer requested authority to purchase the following equip- 
ment: 


25 trucks with dump bodies, of Ford and Chevrolet type, 
25 old trucks to be traded in as part purchase price. 
Estimated total cash outlay $22,500.00, 


14 3}-ton, 2-wheel drive trucks, 14 old trucks to be 
.traded in as part purchase price. Estimated total 
cash outlay $47,600.00. 


1 fire pump for use in state parks during fire season, 
Estimated cost $310.00, 


After discussion, the Comission approved the request by unanimous vote and 
ordered that the purchases te made through the State Purchasing Agent in ac- 
cordance with the usual practice. 


The Engineer requested authority to sell to the Marshfield Cement 
Company, of Marshfield, 335 bbls. of cement which was purchased from the com- 
pany for use in connection with the state force stabilization project on the 
Cape Arago Secondary State Highway near the town of Empire. He explained 
that bad weather conditions forced the closing down of this job before com- 
pletion, necessitating the storing of the cement until spring, with proba- 
bilities of loss. In order to avoid any loss, he said, it was thought advis- 
able to sell the cement back to the company if the company would buy it, 
which it has agreed to do at the same price that the state paid for it: viz., 
136 barrels at $2.94 per barrel and 199 barrels at $2.65 per barrel, total- 
ing $927.19. He recommended acceptance of the offer. The Commission approv- 
ed the reccmnendation. 


The Commission had under discussion the form of agreement with 
Botsford, Constantine and Gardner covering the services of this campany in 
connection with publicity matters during 1941. The Commission ordered that 
the form of the 1941 agreement shall be identical with the 1940 agreement. 


The Comission discussed briefly matters pertaining to revenues 
of the State Police Denartment, narticularly the desire of Superintendent 
Charles .. Pray for an increase of 55,000 to finance his operations during 


Court, enroute from Lakeview to Klamath Falls. The Commission also inspect- 
ed the uncompleted portions of the Klamath Falls-Lakeview Highway and cer- 
tain county roads in the vicinity of Bonanza and Malin, in company with the 
County Court of Klamath County, following which the Commission conferred 
with members of the County Court and the Klamath Falls Chamber of Camerce, 
in the Chamber of Commerce Assembly Room. Present were: 


Henry F. Cabell, Chairman 

Huron W. Clough, Comnissioner 

Herman Oliver, Commissioner 

R. H. Baldock, State Highway Engineer 
H. B, Glaisyer, Secretary 


Also present were about 20 members of the Chamber of Commerce. lr. T. B. 
Watters, Chairman of the Highway Committee presided. He asked for the fol- 
lowing improvements: 


(1) Additional improvement of The Dalles—California Highway 
north from Terminal City. He was informed that the Commission ex- 
pects to take bids for the grading of the 3z-mile section of this 
highway between Algoma and Terminal City at its meeting on December 
17. Also, that the surfacing of the section will not be included 
in the contract because such work will involve the obligating of 
funds in the new highvray program which has not yet been arranged 
due to uncertainties of federal requirements with respect to the 
federal monies. 


(2) Adopt a program to proverly care for state highway traf- 
fic through the city of Klamath Falls. Mr, Watters was informed 
by the Engineer that this matter is now being studied. 


(3) Improve the Westside-iamath Lake Secondary Highway both 
inside and outside of the city limits of Klamath Falls and up to a 
point known as Geary iiarsh. He narticularly asked for the straight- 
ening of this highway at the Link River Bridge inside the city lin- 
its. The Comission agreed to inspect this latter project follow- 


ing the meeting. 


(4) Improve the Westside-Klamath Lake secondary Higmvay north 
of Geary Ranch, particularly the eight-mile section within the 
national forest boundaries, He was informed by Chairman Cabell 
that this road qualifies for only state money and there are no 
state moneys available to finance the work. Mr. Paul Landry, who 
was present, also urged the oiling of the eight-mile section within 
the forest boundary. He said that they would be perfectly satis- 
fied with the oiling of the present road and urged an allocation 
of forest highway funds to finance it. The Commission took the 
matter under advisement. 


(5) Installation of traffic signals on city streets in Kla- 
math Falls, which project has previously been approved by the 
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Lakeview, Oregon, December 4, 1940 


The State Highway Commission met informally with the Lake County 
Court and a number of local citizens in the dining room of the Hot Springs 
Hotel, for a discussion of several matters of mutual interest, Present were: 


SN POF, 


Henry F. Cabell, Chairman 

Huron W. Clough, Commissioner 

Herman Oliver, Commisstoner 

R. H. Baldock, State Highway Engineer 
H. 5, Glaisyer, Secretary 


Aunong the local people present were County Judge J. R. Heckmans 
County Commissioners E. J. Egli and ‘i. P. Vernon; ard County Clerk Carl J. 
Pendleton: Forrest Cooper, vecretary of the Lakeview Chamber of Commerce, 
who presided; Fred Reynolds, and Lr. Utley. 


Judge Hecknan asked for the improvement of the section of the Goose 
Lake County Road which extends southerly from the Klamath Falls-Lakeview High 
way along the west side of Goose Lake. He also asked the Commission to expe- 
dite the oiling of the uncompleted portions of the illamath Falls-Lakeview 
lighvay. His request was endorsed by other members of the local group. The 
Commission agreed to insnect both projects on the following day enroute to 
Klamath Falls. Judge Heckman also asked the Commission to improve the Warner 
Valley >econdary Highway, which highway the Commission inspected early in the 
afternoon of this day. The Commission took the matter under advisement. 


Commissioner Egli asked for permission to secure gravel from the 
state's -ravel pit situate in the Southeast Quarter of the liorthvest Quarter 
ef vection 21, Township 28 South, Range 14 East, W. Li., Lake County, for use 
in surfacing county roads in the vicinity of Silver Lake. The Commission ap- 
proved the request subject to investigation by the Engineer to determine 
whether or not the County's use of this gravel ;it will react adversely to 
the vest interests of the state. The Engineer was instructed to notify the 
County Court as soon as vossible. 


ur. Utley brought up the matter of erection of an historical monu- 
ment at the intersection of the Fremont iighway and the Lakeview-burns High- 
way at Valley Falls. He said that the Flavell-Utley Company, which he repre- 
sents, owns land at this location and will be pleased to deed sufficient area 
to the state, without cost, if the Highway Commission will erect the monu- 
nent. The Commission took the matter under advisement. 


The meeting was adjourned at 9:00 o'clock p. m. 


Klamath Falls, Oregon, December 5, 1940 


The State Highsay Commission, all members being resent, inspected 
the Goose Lake County Road, in Lake County, in company with the Lake County 


9949 


explained the status of investigations that are being made of this 
matter which include not only the improvement of the present route 
but also the construction of alternate routes bypassing the conges- 
tion district along South Sixth Street. He gave as his thought 
that the present route should be improved regardless of whether or 
not the Commission adopts it as the main highway route, because it 
carries a large volume of local traffic, although the standard of 
construction could be lower than if it were to be used by both 
through traffic and local traffic. Mr, A. U. Collier suggested 
the adoption of a route paralleling the Oregon, California and 
Eastern Railway which would provide a freeway. 


Mr. Watters brought up the matter of sidewalk construction 
along South Sixth Street. He suggested that the City of Kamath 
Falls could probably provide funds for the sidewalk construction 
within the city limits if the state would build the walks outside 
the city limits and he urged such work at the earliest possible 
time for the benefit of pedestrians. 


Chairman Cabell closed the conference by stating that the South 
Sixth Street project is one of the Highway Commission's major problems and 
that it is being very carefully studied by the Commission to the end that 
when the improvement is made it will be satisfactory for all time to come. 


The meeting was adjourned at 2:00 p. m., following which the Can- 
mission inspected the Westside-Klamath Lake Secondary Highway at the city 
limits; the approach to the Green Springs dighway between The Dalles-Cali- 
fornia Highway junction and the west city limits of Klamath Falls, and con- 
ditions along South Sixth Street. 


At 4:00 p. m. the Commission met privately in the office of the 
District uaintenance Superintendent, George Sothman, at the Highway Depart- 
ment's Shops, to discuss the following matters, all members being present 
and participating, as were also the tate ilighway Engineer and the Secre- 
tary: : 


The Commission discussed a letter from Lr. W. H. Lynch, District 
Engineer, Public Noads administration, dated November 25, 1940, relative to 
the modifications and additions to the military strategic highway system of 
Oregon contained in the State Highway Engineer's letter directed to ltr. 
Lynch under date of October 25, 1940. iir. Lynch suggested certain addition- 
al alterations. These were given very careful consideration by the Commis- 
sion and were approved by the Comission with the exception of the elimina- 
tion of the John Day and Ochoco llighways fran Vale to Redmond, The Commis- 
sion considered that such section should be retained on the strategic highway 
system as a second priority route. The Engineer was instructed to convey 
such information to Mr. Lynch and to secure approval of the exception if at 
all possible. (See State dighway Engineer's letter dated December 9, 1940) 


The matter of revising the minimum wage rates to be paid labor en- 
gaged in the performance of work under state highway contracts had the atten- 
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Commission and is covered by cooperative agreement between the 
Highway Commission and the city. Lr. Watters urged the early in- 
stallation of this signal system as did also City Engineer E. A. 
Thonas. Mr, Thomas stated that the city council would secure the 
funds to pay the city's share of the expense involved, hence there 
is no need for delay from that standpoint. The State Highway Engi- } 
neer explained that the Commission at one time took bids for this 
work but rejected all of them because they were too high and the 
reason the project has not been readvertised is because it was 
thought inadvisable to open up the city streets during the winter 
season. Bids will be called again for this work, he said, as soon 
as weather conditions are favorable. 


(6) lr. Watters urged the Commission to install a railroad 
grade crossing signal on the Klamath Falls-Malin Highway at a place 
known as Hager. lir. budd, representing the Oregon,California and 
Eastern hailway Company, who was present, also urged the installa- 
tion of such signal, stating that the traffic at this point is ex- 
tremely heavy and that the signal is badly needed as a safety meas- 
ure. The Engineer estimated the cost of the installation at 
‘2,500. He was instructed by the Commission to investigate the 
priority rating of this installation in the grade crossing signal 
program and to advise lr. Earl Reynolds, Manager of the Klamath 
County Chamber of Camerce, relative thereto. 


In this connection a letter was presented from ilamath County 
School District quoting a resolution adopted by the Board in which 
the Highway Commission was urged to install warning signals at the 
Hager, Summers Lane, and Olene highway crossings of the Oregon, 
California and Eastern Railroad for the benefit and safety of the 
many school children who are required to cross the railroad at 
these points. The Engineer was instructed to investigate the pri- 
ority rating of all of these crossings. 


(7) Widen and reconstruct the Green Springs Highway from its 
junction with The Dalles-California Highway to the west city limits 
of Klamath Falls. The Engineer advised that this matter is now be- 
ing studied, surveys for the project having already been made. 


(8) Insert on the new highway sign erected by the Highway 
Commission at the junction of the Willamette Highway and the Pacif- 
ic Highway, at Goshen, the mileage to San Francisco from such point 
via the Pacific Highway and via the Willamette Highway. The Com- 
mission took the matter under advisement, 


(9) Investigate the condition of the approaches to the Stand- 
ard Oil Company's service station at Bonanza junction. The Engineer 
was instructed by the Comission to make such investigation. 


(10) Improve the South Sixth Street entrance of the Klamath 
Falls-Ualin Highvay into Klamath Falls. The State Highway Engineer 
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other engineering data hereby are approved and said survey is here- 
by adopted as the survey of the route of said highway, 


3. That said route and location hereby is approved and 
the construction of a highway thereover is hereby authorized. 


4 That said highway shall be known and designated as 
the boardman-Stanfield Highway and shall be ziven the number 54. 


5. That this resolution shall be entered in the minutes 
and records of the Commission and a duly certified copy thereof 
delivered to the Public Roads Administration and a like copy to 
the County Court of Umatilla County and also to the County Court 
of Morrow County. 


The Engineer requested authority from the Commission to advertise 
for bids for certain projects heretofore tentatively approved by the Commis- 
sion in the 1941 construction program. He explained that the contracting of 
projects is behind schedule and that it is quite imperative that the Camis- 
sion take action on this matter at this meeting so that the work can go for- 
ward without delay. He presented a list of such projects, as follows, which 
the Commission approved for contracting at the earliest possible time. 


STATE WECTS ON PRIMARY HIGHWAYS 


Estimated 
County Highway Section and Kind of Work Cost 
Harney Burns-Crane West Unit, Surface & Oil $ 40,000 
Baker Baker-Homestead Flagstaff Hill-Keating Road, 25,000 
Grade, Surface & Oil 
Grant John Day-Burns Seneca-South, surface & Oil 100, 000 
STATE PROJECTS ON SECONDARY HIGHWAYS 
Estimated 
County Highway Section and Kind of Work Cost 
Benton Kings Valley Plunkett Section, Grade, Surf.,Oil $ 60,000 
Hood River Hood River Sec- Hood River Secon.,Grade, Surf., Oil 40, 000# 
: ondary 
Malheur Vale-West All, Grade, Surface and Oil 40,000 T 
Wheeler Shaniko-Fossil Clarno-Chichester, Grade ¢ Surface 20,000 
(Intermittent ) 
Union Starkey Second- lieadowbrook-Grande Ronde River, 20,000 
ary Grade & Surface (Intermittent) 


* Authorized subject to approval of Hood River County Court 
T Approved tentatively only 


In this connection the Commission was undecided whether to approve 
additional work on the Heppner-Condon Road, in Morrow County, or to surface 
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tion of the Commission. The Engineer recommended minimum wage rates for four 
classifications of labor as follows: wnskilled labor $0.62 per hours inter- 
mediate grade labor, group one, $0.75 per hour; intermediate grade labor, 
group two, $0.90 per hours skilled labor $1.20 per hour. He presented a tab- 
ulation showing the various operations covered for each labor classification. 
He also recommended that all time worked by any employee in excess of eight 
hours per day be paid at double the minimum rate. After considerable discus- 
sion of this matter the Commission by unanimous vote adopted the minimum wage 
rates as recomuended by the Engineer, including the payment of double time 
for time worked in excess of eight hours per day. The Cammission also approv- 
ed the labor classification prepared by the Engineer. The Engineer was in- 
structed to put these minimun wage rates into effect on all new contracts 
awarded after January 1, 1941. (See tabulation of labor classification and 
minimum wage rates on file in “special matters.") 


The Commission discussed at some length matters pertaining to the 
cost of constructing buildings and bridges Lut no action was taken thereon 
except that it was agreed that the Commission would inspect the new main- 
tenance building now being constructed at Seneca in Grant County at the ear- 
liest convenient time. 


Reconsideration was given by the Canmission to the designation as 
a state highway of the proposed road or route extending from a »oint on the 
Columbia River Highway near the town of boardman, in Morrow County, to a 
point on the Old Oregon frail near the town of Stanfield, in Umatilla County. 
The Commission approved the placing of such route on the state highway system 
and by unanimous vote adopted the following resolution with regard thereto: 


WHEKEAS, the Old Oregon Trail as defined and described 
by statute connects with the Columbia Kiver Highway at or near Una- 
tilla; and 


WHEREAS, in the judgnent of the Highway Commission traf- 
fic having occasion to use the Old Oregon Trail from the Columbia 
River Highway easterly will be better served and more thoroughly 
accommodated by the location and construction of a highway having 
for its termimson the Columbia River the place designated as 
Boardman and its terminus on the Old Oregon Trail the city or place 
designated as Stanfield. 


THEREFORE, LE IT AND IT HEREBY IS RESOLVED, all members 
of the Commission being present and voting affirmatively, as follows: 


1. That there be and there hereby is located and adopted 
as a state highway a route or location extending from Stanfield on 
the Old Oregon Trail to Boardman on the Columbia River Highway. 


2. That the survey, map, field notes and other data made 
and prepared by the Engineer and filed with the State Highway Can- 
wission at Salem, Oregon, be and said survey, field notes, map and 
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plans for this work have been checked by Division Engineer Chandler who 
recommends approval of the request, in which approval he concurs. The Can- 
mission ayproved the recomaendation by unanimous vote and instructed the 
Secretary to issue the customary permit covering the matter and to notify 
the county court and the WPA officials that the Comnission has no objec- 
tions to such sidewalk construction if carried on in conformance with the 
requirements of the State Highway Department. 


The Engineer reported that in conformance with authority previous- 
ly granted him by the Camnission he has awarded contracts as follows for 
construction work for which bids were taken by the Commission on 
November 12 and 13, 1940, the awards in each instance being made to the low 
bidder and the conditions of the awards having been satisfied: 


Barbur Boulevard-Boones Ferry Road Section of the West Port- 
land-Hubbard Highway, in Multnomah, Washington, and Clackamas 
Counties. Bids taken November 12, contract awarded November 28, 
1940, to Jacobsen-Jensen Company, low bidders. 


Woodburn-Molalla-Silverton Rock Production Project in Clacka- 
mas and Marion Counties. Bids taken November 13, contract awarded 
November 28, 1940, to A. S. Wallace, low bidder. 


Millican-Brothers Rock Production Project on the Central Ore- 
gon Highway, in Deschutes County. Bids taken November 13, contract 
awarded November 28, 1940, to A. 5, Wallace, low bidder. 


The Commission by unanimous vote approved the awards as reported. 


The Commission had under discussion the adoption of a permanent 
route for a short section of Federal Aid Road ilo. 41 near the town of Clack- 
amas, in Clackamas County. The Engineer advised that this road is now de- 
scribed as being "via East 82nd Street and lieridian Road to a point on 
Federal Aid Koad No. 26 near Gladstone", whereas subsequent studies lead to 
the conclusion that a more direct and more serviceable route for the south-— 
ern portion of the road would depart from the Meridian oad and would join 
Federal Aid Koad No, 26 at or near Oregon City. He pointed out that the 
Commission plans to construct a railroad grade separation structure at the 
point where 82nd street crosses the Southern Pacific Railroad tracks north 
of the town of Clackamas and that it is necessary that the Highway Comnis— 
sion adopt a permanent route for the highway at this point in order to se~ 
cure the benefits of the federal funds that are being allocated for projects 
of this kind. He also pointed out that a controversy exists as to the per- 
manent location of the highway south of the pro;osed railroad crossing and 
advised that it is not intended to make a selection now that will be final 
between this crossing and Oregon Citys; however, the location of the struc- 
ture will fit any line that the Comission may later select. After discus- 
sion the Cammission aporoved the following revised description for this high- 
way, "No. 41: froma point on Federal Aid Road ilo, 1 at the intersection of 
East @2nd Street and Sandy Boulevard at the northeast limits of Portland to 
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and oil a section of the Oregon-Washington Highway between Jones Hill and 
Lena, east of Heppner. The Secretary was instructed to invite the County 
Court of Morrow County to the next meeting of the Commission on December 17 
for discussion of the matter. 


The Commission discussed the request of citizens of Cottage Grove 
for the remeval of barricades which have been erected across certain streets 
in this tom, particularly at Eighth and Washington Streets and at Seventh 
and Jefferson Streets so as to pr@vent local traffic from entering the newly 
constructed state highway at such locations, The Commission considered that 
it would be to the best interests of the general traveling public and to lo- 
cal traffic if the barricades are maintained as constructed and particularly 
would it eliminate the hazard of traffic entering the highway at these points. 
The request was accordingly denied and the Engineer was instructed to main- 
tain the barricades in accordance with the original plans for this project. 


A letter was presented from the Pilot Rock Lumber Company, Pilot 
Rock, Oregon, requesting a decision by the Commission on its previous request 
for permission to transport logs over the Pendleton—John Day Highway during 
hours of darkness, at least for two or three hours after sumset, so as to 
permit truckers to reach their destination on the same day that their trucks 
are loaded. The Commission deferred its decision in this matter pending con- 
sultation with Lr. Ormond R. Bean, Public Utilities Commissioner, The matter 
was referred to Chairman Cabell to discuss with Ur, Bean, 


The Commission adjourned at 6:00 p. m. and reconvened at 8:00 p. m. 
in Room 208, Willard Hotel, Klamath Falls, with all Commissioners, the State 
Highway Engineer and the Secretary present and participating. 


The Commission discussed a request from the City of Marshfield for 
the installation of traffic signals at the intersections of Broadway Street 
with Central Avenue, Anderson Avenue and Curtis Avenue, in that city. In 
this connection a letter was presented from the city recorder, Mr. John W. 
Butler, stating that the city has cash on hand in the amount of $1,100 to 
pay a portion of its share of the cost and has included in its 1941 budget 
an item of $1,500 to pay the balance. The Engineer advised that this matter 
has been investigated by Traffic Engineer John Beakey who has given as his 
opinion that the traffic lights are warranted and who estimates that the cam- 
plete installation will cost about $4,500. The Engineer recommended approval 
of the city's request provided the city will deposit with the Commission, be- 
fore bids are taken for the work, its certified check in the amount of $2,250 
which represents 50 per cent of the cost of the installation and is in con- 
formity with the Commission's policy with respect to such matters. The Com- 
mission approved the recommendation unanimously and authorized the Engineer 
to advertise the project for bids at the proper time. 


A letter was presented from the County Court of Deschutes County 
requesting permission to construct sidewalks along the right of way of the 
McKenzie Highway through the town of Sisters which work is to be done as a 
WPA project under sponsorship of the county. The Engineer advised that the 
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Consideration was given by the Comission to an application of the 
Salem Electric Cooperative Association for permission to construct a power 
pole line along the Salem-Dallas Highway near the Willamette River Bridge at 
West Salem. Action on this matter was deferred by the Commission for inves— 
tigation.and report. 


The Commission reconsidered the proposed improvement of the Oregon 
Coast Highway through the town of Gold Beach but deferred action pending ad- 
ditional report from the Engineer as to how much it will cost to reconstruct 
the present highway through this town on a 60-foot right of way as compared 
to the improvement on an 80-foot right of way, considering both construction 
and right of way costs.— Pa 


The Secretary presented letters from the Deschutes County Court 
and the Oremite Company with respect to the proposed improvement of the 
Terrebonne-Lower Bridge Road, in Deschutes County. The County Court's let- 
ter stated that, if the State Highvay Cammission will designate and improve 
this road as a federal aid secondary highway, the county will provide, at 
county expense, necessary right of way, construct the grade, and surface the 
same to the required standard and will contribute the sum of §5,000 toward 
the cost of oiling. The Oromite Company in its letter assured the Commis- 
sion that it intends definitely to rebuild its plant which was recently 
burned, which plant is located adjacent to the road that it is proposed to 
improve. Further, that reconstruction of their plant is now under way and 
they expect to resume operations about the first of February, 1941. In view 
of these letters the Commission authorized the Engineer to proceed with the 
location survey of the project which is in conformance with previous under- 
standing and agreement with the county and the company. 


The Commission ordered filed, without action, 4 letter from George 
T. Hall, Eigene, suggesting postponement of the proposed improvement of the 
Pacific Highway between West Springfield and Eugene, and expenditure of the 
funds budgeted for such improvement in constructing a highway on eventual 
permanent alignment west of Eugene fran the Pacific Highway overcrossing of 
the Southern Pacific tracks to a junction with the Pacific Highway at or 
near Goshen. 


The Secretary presented a resolution from the baker County Chamber 
of Commerce relative to the maintenance of "Old Oregon Trail" signs along 
the Old Oregon Trail as directed by the Legislature in 1923 in a bill desig- 
nating certain east and west highways across the State of Oregon, fram the 
Idaho line to Seaside, as tne Old Oregon Trail. The Engineer advised that 
signs have already been erected in conformance with this legislative order, 
In view thereof the Commission ordered the resolution filed without action. 


The Commission also considered and ordered filed resolutions from 
the Gold Beach Chamber of Camerce, Manzanita Chamber of Commerce, Brookings 
Harbor Chamber of Commerce, and the Port Orford Chamber of Cammerce, offer- 
ing objections to the increased use of the Oregon Coast Highway by large 
trucks and trailers because in their belief such use will be dangerous, dis- 
couraging and otherwise inimical to tourist use of this road; and a letter 
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a point on Federal Aid Road .o, 26 at or near Oregon City", and thereupon 

signed.a letter directed to the Public Roads Administration requesting ap- 
proval of such revised description. (See letter dated November 13, 1940, 

directed to Public .\oads Administration, Fortland, Oregon. ) 


The Engineer revorted tiat repairs have been made to the bridge 
over the John Day River nom as the Cottonwood Dridge on the Wasco-Heppner 
Secondary State Highvay No. 300 at the Sherman-Gillian County line, and it 
is no longer necessary to maintain the reduced load limit for which this 
bridge has been previously posted. He recomended the lifting of the reduced 
load limit. The Commission approved the recomuendation and by unanimous vote 
adopted the following resolution in regard thereto: 


WHEREAS, on the 30th day of August, 1938, at a meeting of 
the Oregon State Highway Commission, two members being present and 
participating, the Commission passed and adopted a resolution limit— 
ing the maximum permissible load limit to ten (10) tons on the fol- 
lowing state highway bridge, to-wit: 


300-18.84 Bridge over John Day River (commonly nam 
as the Cottomrood Bridge) on the wWasco- 
- Yeponer Secondary Highway No. 300, at the 
Sherman-Gilliam County line . . . 10 tons 


and 


WHEREAS, subsequent to the passage of said resolution the 
said above-named bridge has been repaired so that it is no longer 
necessary or desirable to maintain the reduced load limit set out 
in said resolution; 


NOW, THEREFORE, DE IT RESOLVED that the action of the 
State Highway Commission reducing the maximum permissible load 
limit on the following oridge, to-wit: 


300-18.84 Bridge over John Day River (commonly known 
as the Cottonwood Bridge) on the Wasco- 
Heppner Secondary Highway No. 300, at the 
Sherman-Gilliam County line 


be and the same hereby is rescinded and vacated as of this date, and 
the maximum load limit permissible on the said bridge shall hereafter 
be the maximum load limit provided by law. 


IT IS FURTHER ORDERED that certified copies of this resolu- 
tion be furnished to the county clerks of Sherman and Gilliam Coun- 
ties, and that a certified copy of this resolution also be furnished 
the Superintendent of the Department of State Police for his infor- 
mation. 
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The Commission discussed and ordered filed, without action, can- 
munications as follows: 


Kesolution from Shasta View Grange, Klamath Falls, re- 
questing re-examination of traffic conditions on South Sixth 
Street, Klamath Falls, and construction of four-lane highway fran 
Lakeview-Merrill Junction to east end of Main Street, thence 
northwesterly through Hot Springs Addition to junction with The 
Dalles-California Highway north of Kamath Falls. 


Letter from Alba Lewis, Chairman, Legislative Comittee, 
Shasta View Grange, suggesting changes for the betterment of traf- 
fic conditions in Klamath Falls. 


Newspaper clippings fran Kamath Falls papers regarding 
accidents that have occurred on South Sixth Street, and urging 
improvement of this section. 


Letter fram Lions Club of Junction City thanking Canmis- 
sion for improvement of Sumit Section of Siuslaw tighway. 


The Secretary presented letters from the Grant County and Baker 
County Sourts stating their willingness to pay the cost of snow removal oper- 
ations on the Sumpter-Granite Koad in Baker and Grant Counties beyond the 
limits of the Sumpter Valley Secondary State Highway. In view of these let- 
ters the Commission authorized the Engineer to conduct snow removal opera- 
tions on this road during the present winter season So as to maintain travel 
to the town of Granite. He was further instructed to bill the counties 
monthly for the expense of such operations on the county road section, The 
Commission decided that it would not be necessary, in view of these letters, 
to enter into formal agreements with the counties covering the matter. 


A joint resolution was presented fran Marion and Linn County Courts 
in which the Cammission was requested to authorize. the Engineer to prepare 
plans and specifications as may be necessary for a bridge over the Santiam 
River on a county road near Gates, Oregon, and to advertise this project for 
bids, on behalf of the counties, at the meeting on December 17. The Comnis- 
sion approved the request by unanimous vote. 


The Cammission discussed a letter fran Clatsop County Court re- 
questing the survey of a proposed road between Camp Clatsop and Fort Stevens, 
in Clatsop County; also, requesting a survey for roads connecting Camp Clat- 
sop and Fort Stevens with the Oregon Coast Highway. The Engineer advised 
that the cost of such surveyswill be paid with federal moneys and he recam- 
mended approval of the request. The Commission approved the recommendation 
unanimously. 


A letter was presented from the city manager of Oregon City stat- 
ing the desire of the city commission to enter into an agreement with the 
Highway Commission with respect to the maintenance of a float in the Willa- 
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from Dr W. B. Prophet, Mayor of John Day, Oregon, thanking the Commission for 
highway improvements completed at that place. 


The Secretary presented a letter from the Waterford Lumber Company, 
Marshfield, in which the Commission was urged to reconsider its previous de- 
cision denying the dompany!s request for reimbursement for amounts expended 
by the company in 1936 and 1937 for improvements on the Allegany Section of 
the Coos River Secondary State Highway, in Coos County. The Commission con- 
sidered that it has completely fulfilled its: obligation and accordingly con- 
firmed its previous decision. 


The Commission discussed a letter from C. A. Bigelow, Chairman, 
Board of County Commissioners of Multnomah County, in regard to the Corbett 
Road which intersects the new Columbia River Highway at Corbett. According 
to Ur. Bigelow this road has been in existence for over half a century and 
is recognized by the 0. W. R. R. & N. Company which has maintained a cross- 
ing signal at the place where the road crosses the railroad tracks for a 
long period of time, He also pointed out that the road affords the only ac- 
cess to the Columbia River for many miles and gave as his opinion that the 
road should never be alienated from general public use. In view of this let- 
ter the Camaission decided that it has no alterrative but to construct and 
maintain a connection between this road and the new Columbia River Highway 
when it is constructed. The Engineer was authorized and instructed to in- 
stall a traffic actuated signal at the railroad crossing at the proper time. 


The Commission considered and denied a request from the Redwood 
Eapire Association suggesting certain changes in the Pacific Highway near 
its junction with the Redwood Highway just south of Grants Pass. 


A letter was presented from E. E. Smith, owner of the Rogue Motor 
Court, Grants Pass, requesting an improved entrance driveway into his auto 
camp which is located adjacent to the Redwood llighway near its junction with 
the Pacific Highway at Grants Pass. The Engineer advised that he personally 
investigated this complaint and is of the opinion that Mr. Smith has an hon- 
est grievance, Further, that he has ordered certain things done which, he 
thought, would correct the situation to the satisfaction of Mr. Smith, The 
Commission approved the report, 


The Commission read and ordered filed a letter from Oliver Justin 
Lee, Director of the Northwestern Observatory, Northwestern University, ex- 
pressing favorable comment on the Oregon state highway system. 


The Commission discussed a letter from Senator F. li, Franciscovich, 
Astoria, in which the Commission was requested to maintain signs on the ocean 
beach at Gearhart warning the public that it is dangerous to stand near or on 
logs that may be in or near the surf because of the possibility of the logs 
rolling and causing injury. The Commission referred this matter to the Attor- 
ney for advice as to whether or not it has jurisdiction over the beach at 
this location. 
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by the State Higmray Canmmission with respect to snow removal operations on 
the Oregon Caves Road, particularly the condition which requires a gate to 
be maintained across the road to ston general public travel. The Commission 
took no action on this matter. 


The Engineer reported a suggestion from Governor Charles A. Sprague 
that it might work to the benefit of the several counties of the state if the 
Highway Camaission would loan its services and facilities to the counties in 
connection with the purchase of county equizment. The Cammission discussed 
the matter at sane length and approved the Governor's suggestion. The Engi- 
neer was instructed to direct a letter to Mr. F. L. Phipps, Secretary of the 
Association of County Judges and Camissioners, offering the services of the 
State Highway Department in such matter if any of the counties want then. 


A request was presented from J. \/, Harrison, Portland, that he be 
allowed right of access to Union Averue, Portland, betxreen Harrison Street 
and Stevens Street, particularly in front of the Harrison Trucking Company's 
building on Block 7, Lot 45, where he wants to build an approach 14 ft. wide 
through the concrete curb and guard rail of the highway viaduct. Mr. Harri- 
son wants the state to build this approach for him. The Engineer advised 
that it would cost about $200 to build such an approach. The Commission de- 
cided to oppose the opening if it has legal authority to prevent it The At- 
torney was instructed to advise the Comission of its legal power in the 
matter. In the event it is the Attorney's opinion that the Commission does 
not have legal authority to prevent right of access at this point, then the 
Commission will approve the opening subject to the condition that Mr, Harri- 
son will pay, in advance, the estimated cost of the work, and that the work 
is done with state forces. 


The Commission discussed a plan proposed by the Lions Club of Sa- 
lem for the construction of an overhead pedestrian crossing on South, Commer- 
cial Street, route of the Pacific Highway through Salem, near its intersec- 
tion with Hoyt Street. The Engineer advised that the Lions Club is simply 
asking the State Highway Commission to approve the project which the club 
will build at its own cost and expense. The Commission questioned the ad- 
visability of permitting such structure to be built over the highway, be- 
cause it probably would not be used by pedestrians and would not add to the 
attractiveness of the highway. Accordingly, the Engineer was instructed to 
explain the situation to the Lions Club and get them to change their plans, 
if possible. 


Reconsideration was given by the Commission to the projects re- 
quested by the Klamath County Chamber of Cammerce at its meeting with the 
Commission earlier in the day. After discussion, the Engineer was author- 
ized to conduct location surveys of the several projects requested, includ- 
ing the proposed revision of the South Sixth Street entrance of the Klamath 
Falls-Malin Highway into Klamath Falls; proposed revision of the Green 
Springs Highway entrance into Klamath Falls; and the proposed revision of 
the entrance of the West Side Klamath Lake Secondary Highway jnto Klamath 
Falls. f 
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mette River between 8th and 9th Street, Oregon City, for the benefit of fish- 
ermen in mooring their boats. The Commission approved the request and in- 
ass the Attorriey to prepare an appropriate form of agreement covering 

e matter. 


A letter from the Progressive Civic Club of Ocean Lake, inquiring as 
to the plans of the Cammission for the improvement of the Oregon Coast High- 
way through the Ocean Lake District, had the attention of the Commission. Ac- 
tion on the matter was deferred by the Commission pending report from the En- 
gineer as to how much it would cost to make a permanent improvement of the 
highway at this place. 


The Cammission discussed a letter frem the Tillamook Chamber of Com- 
merce suggesting that a WPA project be set up for the construction of the 
easterly end of the Wilson River Highway between Glenwood and its junction 
with the Wolf Creek Highway in the vicinity of Banks, Washington County. The 
Engineer read the letter aloud and also his reply thereto, in which he in- 
formed the Chamber of Commerce that it is the intention of the Highway Com- 
mission to build a road from Tillamook to Glerwood and to utilize the Gales 
Creek Road connection via Forest Grove for some time before proceeding with 
the construction of the section between Glemvood and Banks. The Commission 
approved the reply, it being the Commission's thought that it would be inad- 
visable to proceed with the Glenwood-Banks project in the’near future. How- 
ever, the Engineer was instructed to bring to the Commission's attention full 
information on this subject at the next meeting. 
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The Commission considered, and ordered filed, a letter from W. R. 
Winkler, Ashland, pointing out that the present Pacific Highway through the 
City of Ashland passes through tour school zones, and giving as his opinion 
that, because of this fact, the route is entirely unsatisfactory as a perma- 
nent highway and suggesting an entirely new route through this city. 


Cy He 


ie 


A resolution was presented from Thurston Grange No. 833, Lane Coun- 
ty, requesting the immediate installation of a bell and light signal at the 
Southern Pacific Railroad crossing of the McKenzie Highway just east of 
Springfield, locally known as the "East Springfield Railroad Crossing". The 
Engineer advised that this matter was investigated by Traffic Engineer John 
Beakey who states that the priority of this signal does not fall within the 
first 100 crossings on the Camnission's approved list, and who points out 
that there are no funds available to pay the cost involved, unless the Can- 
mission wishes to make a special appropriation, He recamended that the 
funds available to the Commission be expended on such other crossings (in the 
order of their priority) as have a higher hazard rating than this one. The 
Commission approved the recommendation and instructed the Secretary to so in- 


form the Grange. 


The Engineer read aloud a copy of a letter dated November 30, 1940, 
directed by E. P. Leavitt, Superintendent of Crater Lake National Park and 
the Oregon Caves National Monument, to Richard L. Sabin, Manager of the Ore- 
gon Caves Resort, in which Mr. Leavitt complains of the conditions imposed 
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to the intersection of said route with the south city 
limits of Albany at Engincer's Station 468+14.3 (new 
route); thence continuing in a southnesterly direction 
along the relocated and reconstructed Pacific Highway 
East to the intersection of said highvey vith the former 
Pacific Highvay East at Engineer's Station 513+37.4, 
new route, wnich is Engineer's Station 48+15 of the old 
route; and including the ramps and approaches kno™m as 
the North and South Thurston Street ramps, the Jackson 
Street remp, the North and South Lyon Street ramps, the 
civic center ramp, the Ellsworth Street ramp, and that 
section of street connecting Lyon Street with the civic 
center ramp and South Lyon Street ramp; and including 
the section of the former Pacific Highway East to be 
used as @ service road, between Engineer's Stations 
333+90 (old route) and 349+20 (old route); and includ- 
ing that_portion of the old Pacific Highway East be- 
tween Engineer's Stations 48+15 {old route) and Engi- 
neer's Station 0+H00 (old route) at the south city limits 
of Albany. 


The route and streets hereinabove described may be more definitely 
and particulerly ascertained and determined by reference to a map 
or blueprint, attached hereto and by this reference made a part 
hereof, Which for identification purposes bears the signatures of 
F. D. Eason, Division Engineer, H. G, Smith, Construction Engi- 
neer, and C. B. McCuilough, Assistant State Highway Engineer, and 
is dated December 5, 1940, upon which map there is reflected the 
above described route by showing the same shaded in red. * 


That this resolution be entered in the minutes and records 
of the State Highway Commission and a duly certified copy there~ 
of be delivered to the municipal authorities of the city of Albany, 
to the County Court of Linn County, and to the Public Roads Admin- 
istration. 


ion is authorized and directed, 
whenever the route of any sta through the corpor- 
ate limits of any incorporat 
lect and designate the stree 
or tomm over which the state highway shall 
mission is further authorized to alter or 
in its opinion the interests of the traveling pu 
ter served; and 


WHEREAS, for the purpose of affording 4 more serviceable, 
convenient and safe highway and thoroughfare through the city of 
Albany, @ new location has been adopted end a permanent four-lane 
highway constructed thereover; and 


¥ - Map filed in New Highway Routes File - ilo. 24 
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The Commission also reconsidered the purchase of private property 


which is needed to fill out the state park at a place kmorm as The Cove, in 
Jefferson County, which nroperty wes inspected by the Commission on Decem- 
ber 3, 1940. The Commission, by wianimous vote, authorized the Right of Wey 
Department. to secure options for such property. 


The matter of desirnuting certein city streets in Albany as state 


highway routes and the abendoning of certain other streets that heretofore 
have been maintained by the state as state highway routes in this city had 
the attention of the Commission in vier of the completion of the Pacific 

Highway revision through this place. After fu'l discussion the following 


resolutions with regard thereto were adopted by the Commission by unanimous 
vote: 


WHEREAS, ior the purpose of making possible a better 
alignment and a more satisfactory, safe and convenient highway and 
thoroughfare for the traveling rwblic, the Highway Commission finds 
it necessary to relocate and reroute the Pacific Highway East where 
it enters, passes through and leaves the city of Albany, Linn County, 
and including portions without the city limits; and 


WHEREAS, it is deemed by the Highway Commission advisable 
that a route and location heretofore selected should be more defi- 
nitely and accurately defined and described; and 


WHEREAS, the route and location of said highway into, 
through and out of the said city of Albany as modified by this 
resolution shall be duly and regularly adopted as the route and 
location of said highway where it enters, passes through and leaves 
the said city, including portions of said route immediately outside 
the corporate limits of said city; 


HOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the High- 
vay Commission, all members being present and affirmatively voting, 
as follows: 


That the route of the Pacific Highwey East through an} ad- 
jacent to the city of Albany be as follows: 


Beginning at the intersection of the former Pacific 
Highway East with the relocated and reconstructed Pacific 
Highway East at Engineer's Station 307+50, new route, which 
is Engineer's Station 333+90 of the old route; thence in a 
southwesterly direction along the relocated and reconstructed 
Pacific Highway East to the intersection of said highway with 
the east city limits of the city of Albany at Engineer's Sta- 
tion 389+15 (new route) near the intersection of Eighth Street 
and Geary Street; thence westerly along Eighth Street to the 
west end of the overhead structure near the west line of Rail- 
road Street; thence in a southwesterly direction along the 
relocated and reconstructed route of the Pacific Highwey East 
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tion of the County Court of Linn County for such use and purpose 
as said route may serve 2s a county road. 


3. That the section of the former route of the Pacific 
Yighwey Fast through the city beginning at the east. city limits at 
the intersection of Salem Road and Geary Street at Engineer's Sta- 
tion 408+18 and proceeding west and south over the former described 
route of the Pacific Highway East through the city of Albany to the 
south city limits at the intersection of Elm Street extension and 
Kiamath Street at Engineer's Station 0+00 shall no longer be desig- 
nated as streets or sections of streets of the city of Albany over 
which the Pacific Highway East shall be routed, and jurisdiction 
over said streets for every and all purposes is hereby surrendered 
to the municipal authorities of the city of Albany. 


4. That for the purpose of further describing the route 
and location under discussion in this resolution there is atteched 
hereto and made a part hereof a blueprint or map on which is shown 
colored in red the route or routes herein described.* 


5, That this resolution be entered in the minutes and 
records of the State Highway Commission and a duly certified copy 
thereof be delivered to the municipal authorities of the city of 
Albany, to the County Court of Linn County, and a like copy to 
the Public Roads Administration. 


WHEREAS, for the purpose of making possible a better 
alignment and e more satisfactory, gafe and convenient highway and 
thoroughfare for the traveling public, the Highway Commission finds 
it necesgery to make a new junction of the Santiam Highway and the 
new route of the Pacific Highway East at or near the egst city 
limits of Albany, which relocation involves the abandonment of cer- 
tain sections of the former route of the Santiam Highwey; 


Nov, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission, ell members being present and affirma- 
tively voting, es follows: 


1. That thet portion of the former route of the Santiam 
Highway between the north right of way line of the new location of 
the Pacific Highway East at Stete Street and the east city limits 
of Albany at Geary Street (Highway Engineer's Station 64+23.5, old 
route), be abandoned as @ portion of the route of the Santiam High- 
way and left to revert to the jufisdiction of the County Court of 
Linn County for such use and purpose 85 said road may serve as 4 
county road. 


2. Theat the former route of the Santiam Highway from the 
east city limits of Albany at Geary Street at Engineer's Station 


SS bs 
# — Map filed in Abandonment and Retention File - No. 85 
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WHEREAS, by reason of the said relocation of the highway 
and the construction of a four-lane highway, the former route of the 
Pacific Highway East, through the city of Albany is no longer needed 
as a route for the general traveling public into, within, and out of 
the said city and the streets formerly designated and used as a part 
of the said routes are no longer needed for such purposes: 


THEREFORE, BE IT AND IT HEREBY iS RESOLVED by the Commis- 
sion, all members being present and affirmatively voting, as follows: 


1. That the former route of the Pacific Highway East, en- 
tering the city of Albany from the north and east, passing through 


. gaid city and leaving at the south and west, and including such por- 


tions as are described without the city limits, be and the same here- 
by is abandoned as a section or segment of the said highway; and 
said route, and the streets or roads involved therein, are left to 
revert to the authority having original jurisdiction thereover. The 
description of the sections to be abandoned by this resolution as a 
part of the route of the Pacific Highway Fast is as follows: 


Beginning at the intersection of the relocated and recon~ 
structed Pacific Highway East with the former route of the 
Pacific Highway East at Engineer's Station 307+50 of the 
new route which is Engineer's Station 333+90 of the old 
route; thence in a southwesterly direction on the former 
route of the Pacific Highway East to the east city limits 
of Albany at the intersection of Geary Street and Salem 
Road at Engineer's Station 408+18:0 (old route), except 
that portion between Engineer's Stations 333+90 (old route) 
and 360+00 (old route); thence westerly on Salem Road to 
the intersection of Main Street and Salem Road; thence 
north on Main Street to the intersection of First Street 
and Main Street; thence west on First Street to the inter-~ 
section of Washington Street and First Street; thence south 
on Washington Street to the intersection of Sixth Street 
and Washington Street; thence west on Sixth Street to the 
intersection of Sixth and Elm Streets; thence southerly on 
Elm Street, and an extension thereof to the south city limits 
of Albany at the intersection of Klamath and Elm Streets at 
Engineer's Station O+00, thence southerly on the route of 
the former Pacific Highway East to an intersection with the 
relocated and reconstructed Pacific Highway East at Engi- 
neer's Station 48+15 (old route), except that portion be- 
tween said Engineer's Stations 0+00 and 48+15 (old route). 


2. That the section of the former route of the Pacific High- 
way East, beginning at Engineer's Station 360+00 (old route) and extend- 
ing thence in a southwesterly direction on the former route of the Pe- 
cific Highway East to the east city limits of Albany at the intersec- 
tion of Geary Street and Salem Road is left to revert to the jurisdic- ) 
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and made a part hereof a4 blueprint or map on which is shown 
colored in red the route or routes herein described.* 


That this resolution be entered in the minutes and rec- 
ords of the State Highway Commission and that a duly certified copy i 
thereof be delivered to the municipal authorities of the city of y 
Albany and to the Public Roads Administration. 


The Commigsion also discussed the matter of rerouting state highways 
through Oregon City in view of the completion of the new highway along the 
waterfront. at this place. The following resolutions with regard thereto were 
adopted by the Commission by unanimous vote: 


VHEREAS, for the purpose of making possible certain 
connections between the present route of the Cascade Secondary 
Highway and the newly relocated and constructed route of the 
Pacific Highway East in the city of Oregon City, the Highway 
Commission finds it necessary to designate certain streets as 
connecting routes between these state highways; and 


WHEREAS, it is deemed by the Commission appropriate 
that these connecting routes should be duly and regularly 
adopted as a portion of the route of the Cascade Secondary High- 
way within the city of Oregon City; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
Highway Commission, all members being present and affirmatively 
voting, es follows: 


1. That the route of the Cascade Secondary Highway 
‘ithin the city of Oregon City shall also include the connections 
described as follows: 


Beginning at Engineer's Stetion 10+97.5 on the 
newly relocated and constructed route of the Pacific 
Highway East; thence southerly to the intersection 
of 14th Street and Main Street; thence easterly on 
14th Street to Washington Street to a connection with 
the route of the Cascade Secondary Highway; and vest- 
erly on l4th Street between Main Street and the new 
route of the Pacific Highway East. 


2, That these connections be and they hereby become con- 
nections between the Cascade Secondary Highway and the route of 
the Pacific Highway East. 


3. That for the purpose of further describing the route 
and location under discussion in this resolution there is attached 


anne 
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64+23.5 (old route) and extending along the former route of the San+ 
tiam Highway to an intersection with Main Street and thence on Main 
Street, to an intersection with the Salem Road, or the former route 
of the Pacific Highway East, be and hereby is abendoned as the route 
of the Santiam Highway and the jurisdiction over said described 
streets for every and all purposes is surrendered by the Highway Com- 
mission to the municipal authorities of the City of Albany. 


3. That for the purpose of further describing the route 
and location under discussion in this resolution there is attached 
hereto and made a part hereof a blueprint or map on which is shom 
colored in red the route or routes herein described. * 


4. That this resolution be entered in the minutes and 
records of the State Highway Commission and that a duly certified 
copy thereof be delivered to the municipal authorities of the city 
of Albany, to the County Court of Linn County, and to the Public Roads 
Administration. 


WHEREAS, for the purpose of making possible 4 connection 
between the present route of the Albany-Corvaliis Highway and the 
newly relocated and constructed route of the Pacific Highway East 
in the city of Albeny, the Highway Commission finds it necessary to 
extend fe route of the Albany~Corvallis Highwey to this new connec- 
tion; 


WHEREAS, it is deemed by the Commission appropriate that 
the route and location of this extension should be duly and regular- 
ly adopted as a portion of the route of the Albany-Corvallis [lighway 
within the city of Albany; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the High- 
way Commission, al] members being present and affirmatively voting, 
as follows: 


That the route of the extension of the Albany-Corvallis 
Highway be end is described as follows: 


Beginning at the intersection of Ellsworth and First 
Streets; thence south on Filsworth Street to the inter~ 
section with the newly relocated and constructed Pacific 
Highway East near Eleventh Street, and including that por- 
tion of Ninth Street between Ellsworth Street and Lyon 
Street and that portion of Lyon Street between Ninth Street 
and First Street and that portion of First Street between 
Lyon Street. and Ellsworth Street. 


That for the purpose of further describing the route and 
location under discussion in this resolution there is attached hereto 


* - Map filed in Right of ‘lay Abandonment and Retention File - No. 86 
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The Commission discussed several projects that were brought to its 
attention by delegations during its inspection trip in Eastern Oregon, Sep- 
tember 30 to October 4, 1940, particularly the following: 


1. Request of Umatilla County Court for the construction of a 
connection between the Havana~Helix Road and the new highway between 
Pendleton and Adams, in Umatilla County. 


2. Request of Hermiston delegation for the straightening of the 
Old Oregon Trail between Hermiston and Umatilla and the elimination of 
existing railroad grade crossings, especially the elimination of the 
= right-angle turns in the present highway route through Hermis- 
Ms 


3. Request of Wallowa County Court for a one-mile extension of 
the Joseph-Wallowa Lake Secondary State Highway at the head of Wallowa 


The Commission deferred its decision as to the first of these proj- 
ects pending inspection of the same in company with the Chief Engineer of the 
office of the Public Utilities Commissioner. The Commission denied the re- 
quest of the Hermiston delegation for the straightening of the Old Oregon 
Trail between Hermiston and Umatilla, however, authorized the Engineer to 
make a location survey of this highway to determine a permanent lecation 
through the town of Hermiston eliminating the turns in the existing highway. 
With respect to the extension of the Joseph-Wallowa Lake Secondary State 
Highway, the Commission deferred a decision pending investigation of the 
right of way status. The Attorney was instructed to make such investigation 
and report his findings to the Commission. 


The Engineer reported that a number of surveys heretofore author- 
ized by the Commission have been completed, He presented a list of such sur- 
veys and reported briefly on each survey listed thereon, After due consider- 
ation, the Commission approved the respective surveys, as reported, and adopt- 
ed the following resolution in regard thereto: 


WHEREAS, the State Highway Commission heretofore has authorized 


and instructed the State Highway Engineer to make surveys on certain 
sections or portions of the highways of the State of Oregon; and 


WHEREAS, pursuant to said authorization the State Highway Engi- 
neer has made and completed the said surveys and has filed the maps 
and plans of the said surveys in the files of the State Highway Com- 
mission, in Salem, Oregon; and 


WHEREAS, the maps and plans of the said surveys have been exam- 


ined by the State Highway Commission and have been found suitable in 
all respects for approval and adoption by the State Highway Commis- 


sion; 


Tis, 
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hereto and made a part hereof a blueprint or map on which is shown 
colored in red the route or routes herein described. * 


4. That this resolution be entered in the minutes and rec- 
ords of the Commission and a duly certified copy thereof be delivered 
to the municipal authorities of the city of Oregon City and to the Pub- 
lic Roads Administration. 


WHEREAS, the Highway Commission is authorized and directed, 
whenever the route of any state highway passes through the corporate 
limits of any incorporated city or tom of this state, to select and 
designate the street or streets of such incorporated city or town over 
which the stete highway shall be routed; end the Commission is further 
authorized to alter or change such routing when in its opinion the in- 
terests of the traveling public will be better served; and 


WHEREAS, the Highway Commission has recently relocated and 
reconstructed the Pacific Highway East through Oregon City, which has 
made necessary an extension of the route of the Oswego Highway to a 
connection with the newly located end constructed route of the Pacific 
Highway East in Oregon City; 


NOW, THEREFORE, BE IT AND IT HERcBY IS RESOLVED by the Commis- 
sion, all members being present and affirmatively voting, as follows: 


1. That the route of the extension of the Oswego Highway is 
described as follows: 


(1) Beginning at the intersection of Main and 7th Streets, 
thence southerly slong Main Street to a connection 
with the route of the Pacific Highway East at Mein 
and 5th Streets; 


(2) Beginning at the intersection of Main and 7th Streets, 
thence northerly along Main Street to Sth Street, thence 
westerly on 8th Street to Water Street, the new route of 
the Pacific Highway East. 


2. Thet this connection be, and it hereby becomes, an exten- 
sion of the Oswego Highway to connections with the route of the Pacific 
Highway East. 


3. That for the purpose of further describing the Toute and 
location under discussion in this resolution there ig attached hereto 
and made a part hereof a blueprint or map on which is shown colored in 
red the route or routes herein described.* 


4. That this resolution be entered in the minutes and rec- 
ords of the Commission and a duly certified copy thereof be delivered 
to the municipal authorities of the city of Oregon City and to the Pub- 
lic Roads Administration. 


% - Maps filed in New Highway Routes File - Nos. 26 and 27 
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tions as may improve the standards of alignment and grades not inconsist- 


ent with the general location of the section of highway involved, 


Consideration was given by the Commission to the following requests 


K. Le Goulter, Contract No. 2259, for grading and construction 
of concrete structures on the Necarney Creek-Neahkahnie Mountain 
Section of the Oregon Coast Highway, in Tillamook County, requested 
an extension of time of four months, from November 30, 1940, to 
April 1, 1941, within which to complete this job. He attributed his 
failure to complete the job within the specified time limit to a 
large overrun of the quantities involved, The Engineer advised that, 
according to the last revised estimate for this work, there has been 
an increase of 28.4 per cent in the quantity of material that Mr.. 
Goulter was required to move, This would automatically entitle br. 
Goulter, he said, to an extension of time of 101 days, or until March 
10, 1941, without penalty. He recommended the granting of the exten- 
tion of time requested by Mr, Goulter up to April 1, 1941, but that 
he be required to reimburse the state for extra engineering expense 
incurred on this job after March 10, 1941. A letter was presented 
from the Public Roads Administration concurring therein. The Commis- 
sion approved the recommendation. 


Rogers Construction Company, Contract No. 2266, for furnishing 
crushed rock, in stock piles, for the Chemult-Fort Klamath Section 
of The Dalles-California Highway, and Sand Creek Secondary Highway, 
in Klamath County, requested an extension of time of three months, 
from June 30, to October 7, 1940, within which to complete this proj- 
ect, They alleged that their failure to complete the project within 
the specified time limit was due to bad weather conditions, The En- 
gineer advised that the contractor did experience some bad weather 
but it was not unusual nor exceptional and this is nct the reason 
for failing to complete the project within the specified time limit, 
He gave as his thought that the main reason for overrunning the time 
limit was because the contractor had additional highway work under 
way in other parts of the state which did not permit starting of 
this project as early as was expected, He recommended the granting 
of the extension of time requested subject to the condition that the 
contractor be charged with the extra engineering expense incurred by 
the state on this job subsequent to the specified completion date. 
The Commission approved the recommendation. 


Rogers Construction Company, Contract No. 2273, for grading, 
surfacing, and oiling the Dairy Section of the Klamath Falls-Lake- 
view Highway, in Klamath County, requested an extension of > 
from July 15 to October 21, 1940, within which to complete this job. 
They attributed their failure to complete the project within the 
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for extensions of time within which to complete highway construction projects: 
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NOW, THEREFORE, BE IT RESOLVED that the surveys hereinafter 
designated and described, together with their identifying location 
map file numbers, as shown in the map filing records of the State 
Highway Commission in its Salem office, be and they are hereby 
adopted and approved as the location surveys of the various por- 
tions or sections of highway involved: 


File No. Prefix 


5B-29-17 202-2821 


5B-25-18 204-2826 
9C0-12-7 6-2820 
5B-26-9 } g-2801 
5B-2-15 ss) 
5B-1-19&20) 
90-12-11 9-2330 
5B-25-17 132-2819 
5B-25-9 113-2810 
& 10 
5B-29-19 114-2814 
5B-29-14 18-2841 
9C=12-9 18-2846 
& 10 
P5B-24-4> 220-2832 
5B-27-16&17 
5B-29-18 22-2820 
5B-27-14 122-2823 
5B-25-6 23-2817 
1A-8-35 23-2816 
4F-6-1 24-2815 
9C0-3-445 111-2808 
9C-12-8 233-2824 
5B-27-1 235-2812 
& 2 
9C-7-11 5-23819 
5R-26-15 33-2823 
& 16 
5R-23-5 12-2814 
1A-8-30 26-2829 
5B-10-2 220-2814 
Pt. 2& 
5P-10-3 Pt.3 
5B-21-15 120-2811 
& 16 
5B-29-1 101-2822 
BE 
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Lobster Mt<Five Rivers 
Junction 

Coast Hwy.-Ft.Stevens 

Reedsport-Coos Bay 

Port Orford-Euchre Crk. 


Bend-Lapine 


Highway 
Benton Co.Rd. 


Clatsop Co.Rd. 


Oregon Coast 
" " 


The Dalles-Calif. 


Kimberly-Dry Creek Yonument 
Wrights Point-The Frenchglen 
Narrows 
Dee-Parkdale Hood River 
Algoma-Terminal City The Dalles-Calif. 
Crescent-Diamond " " " 
Lake Junetion 
Walton-Veneta Eugene~Florence 
Sweet Home-Foster Santiam 
Crabtree-Scio Albany~Lyons 
Brogan-Jamieson John Day 
Baker Co.Line-Ontario Old Ore.Trail 
Gates-Niagara N. Santiam 
Wasco-Condon Wasco-Heppner 


Wanic-Bear Paw Springs 
John Day Hwy, Jct.- 
Kinzua 


Wasco Co. Rad. 
Wheeler Co.Rd. 


Rainier-Goble Columbia Riv. 
Cow Canyon Sherman 
Prairie City John Day 
Front Ave.-Yeon Ave. 
Mapleton-Richardson Eugene- 
: Mapleton 
Richardson-Walton Eugene-Swiss- 
home (Rt.F) 
Sumpter Sumpter-Valley 


IT FURTHER RESOLVED that the State Highway Engineer be 


he hereby is authorized to make such minor changes in the said loca- 
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Coos Bay Dredging Company, Contract No. 2339, for grading and 
construction of bituminous macadam on the Bandon Section of the Ore- 
gon Coast Highway, in Coos County, requested an extension of time of 
nine months, from October 31, 1940, to July 31, 1941, within which 
to complete this project. They alleged that their failure to com- 
plete the project within the specified time limit was due to adverse 
weather conditions which did not permit the performance of the oiling 
work, The Engineer advised that the Commission took bids for this 
job on June 14, 1940, but the contract was not awarded until July 12, 
1940, Also, that the contractor started operations on July 15, 1940, 
and did everything possible to expedite completion of the work within 
the specified time limit but failed to do so because of early rains 
that made it inadvisable to do the oiling. He also said that he in- 
formed the contractor on September 10 that he would not be permitted 
to do the oiling work this fall, He recommended, in view of the 
circumstances, that the extension of time requested be granted with- 
out penalty. A letter was presented from the Public Roads Adminis- 
tration concurring therein. The Commission approved the recommenda- 
tion. 


William Zickler, Contract No. 2341, for the construction of a 
bridge over Canyon Creek, on the John Day Highway, in the town of 
John Day, requested an extension of time of 30 days, from October 
31 to November 30, 1940, within which to complete this job. He gave 
no reason for failure to complete the project within the specified 
time limit. The Engineer advised that the quantities on this job 
were increased somewhat over the original estimate and, in his esti- 
mation, the contractor is entitled to a 7-day extension of time with- 
out penalty on this account. He recommended the granting of the ex- 
tension of time for 7 days without penalty; also, that the Commis- 
sion grant the balance of the extension requested, to November 30, 
1940, with the understanding and condition that the contractor be 
charged for the extra engineering expense incurred by the state sub- 
sequent to such 7-day period. A letter was presented from the Public 
Roads Administration concurring therein. The Commission approved the 
recommendation 


Martin Peterson, Contract No. 2351, for construction of a slide 
drainage ditch on the Bunker Hill Section of the Oregon Coast High= 
way, in Coos County, requested an extension of time of 31 days, from 
September 30 to October 31, 1940, within which to complete this proj- 
ect. He alleged that his original contract for this work was com 
pleted before the expiration of the specified time limit and that 
the extension of time required is simply to allow him time to com- 
plete other work ordered by the Engineer, The Engineer advised that 
the reason given by the contractor for failure to complete this proj- 
ect within the specified time limit is correct. He recommended, in 
view thereof, that the extension of time requested be granted with- 
out penalty, The Commission approved the recommendation. 


specified time limit partly to bad weather conditions and partly to 
other state highway work which they had under way at Modoc Point, 
which work, they declared, was retarded because of a flood at Algoma. 
The Engineer advised that the contract for this work was awarded on 
January 12, 1940, and it was specified that the work should be com- 
pleted by July 15, 1940, which allowed ample time. However, the 
work was not completed until October 21, 1940. He recommended that 
the extension of time be granted with the understanding that the 
contractor would reimburse the state for extra engineering expense 
ineurred on the job subsequent to the specified date of completion. 
The Commission approved the recommendation. 


Mid-Columbia Sand & Gravel Company, Contract No. 2290, for the 
furnishing of crushed rock in stock piles for the Seufert-Dufur Sec- 
tion of The Dalles-California Highway, in Wasco County, requested an 
extension of time from July 31 to October 21, 1940, within which to 
complete this project. They attributed their failure to complete 
the project within the specified time limit to rainy weather which 
did not permit them to prepare the sites for the stock piles, The 
Engineer advised that the principal reason for the contractor's 
failure to comolete the job on time was lack of experience in carry- 
ing on this type of work and the use of old equipment which was con- 
stantly in need of repair. If the job had been handled properly and 
if the contractor had used good equipment, he said, the project could 
have been completed easily within the specified time limit. He ree- 
ommended, in view of the circumstances, that the extension of time 
requested be granted but that the contractor be charged with the ex- 
tra engineering expense incurred by the state subsequent to the 
specified date of completion. The Commission approved the recommen- 
dation. 


Jacobsen—Jensen Company, Contract No. 2338, for grading and 
paving the Warrenton (Massachusetts Ave.-Market Street) Section of 
the Fort Stevens County Road, in Clatsop County, requested an addi- 
tional exterision of time, from October 5 to October 26, 1940, within 
which to complete this project. They attributed their failure to 
complete the project within the specified time limit to difficulties 
in securing crushed material for base and shoulder work, alleging 
that the Astoria firm that was to supply this material was greatly 
handicapped in doing so by reason of the fact that they were requir- 
ed to furnish similar materials for the Tongue Point Naval Base 
project. The Engineer advised that the reason given by the contrac- 
tor for failure to complete this project on time is correct, He 
recommended, in view thereof, that the extension of time requested 
be granted without penalty. Also, that the penalty previously im- 
posed on the contractor in connection with the first extension of 
time be cancelled. A letter was presented from the Public Roads Ad- 
ministration concurring therein. The Commission approved the rec- 
ommendation. 
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vary 23 and 24. The Engineer advised that this date conflicts with the date 
of the Annual Meeting of the Associated General Contractors in Seattle, Wash- 
ington, and that the contractors' association has asked that the Commission 
meeting date be changed. The Commission decided in view thereof to advance 
its meeting date to Tuesday and Wednesday, January 21 and 22, 1941. The Sec- 
retary was instructed to maxe the usual arrangements for the use of the audi- 
torium in the Public Service Building, Portland, for such meeting. 


The Commission considered and signed agreements, et cetera, as fol- 
lows: 


Agreement with Newport Construction Company disposing of its 
claim for extra compensation arising out of its contract No. 2196 
with the Commission for construction of the Provolt-Williams Section 
of Williams Secondary State Highway, in Josephine County. 


Agreement with State Game Commission establishing a game refuge 
at Albany. ° 


Letter directed to Public Roads Administration regarding proposed 
improvement of Cascade Highway between Clackamas and Oregon City. 


Joint letter with W. H. Lynch, District Engineer, Public Roads 
Administration, being Program Letter covering allocation of one-half 
of 1941 Federal Lands Highway Funds. 


Bargain and Sale Deed conveying unto Faith M. Larios 0.2 acre 
of land situate adjacent to Cascade Highway in the Northwest 3 of 
the Southwest + of Section 4, Township 2 South, Range 2 East, W. M., 
Clackamas County. 


Quitclaim Deed conveying unto Clatsop County, for reconveyance 
to the U. S. Navy Department, 6,99 acres of land situate in Lots 4 
and 5, Section 22, Township 8 North, Range 9 West, W. M., Clatsop 
County, being a portion of Tongue Point State Park, which is needed 
by the Navy Department in connection with the development of Tongue 
Point Naval Air Base, Real Property File No. 8189. 


——$_ 


The meeting was adjourned at 10:30 p. m 
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The Engineer reported that contracts Nos. 2266, 2273, 2290, 2338, 


and 2351, for the construction of state highway projects, have been completed 
according to the requirements of the contracts, or modifications thereof, and 
that said jobs are now ready for acceptance. The following resolution accept- 


ing the above projects was offered and was adopted by the unanimous vote of 
the Commission: 


WHEREAS, the Engineer has reported that the following 
State Highway Commission contracts for the construction of state 
highway projects have been completed according to the terms and 
provisions of the contracts and said jobs are now ready for ac- 
ceptance: 


Contract No. 2266, with Rogers Construction Company 
for furnishing 12,000 cu. yds. of crushed rock, in stock 
piles, on the Chemult-Fort Klamath Section of The Dalles- 
California and Sang Creek Secondary Highways, in Klamath 
County. Completed October 7, 1940. 


Contract No. 2273, with Rogers Construction Company, 
for grading, surfacing, and oiling the Dairy Section of 
the Klamath Falls—Lakeview Highway, in Klamath County. 
Completed October 21, 1940. 


Contract No. 2290, with Mid-Columbia Sand & Gravel 
Company, for furnishing 9,100 cu, yds, of crushed mate~ 
rials in stock piles on the Seufert-Dufur Section of The 
Dalles-California Highway, in Wasco County. Completed 
October 21, 1940. 


Contract No. 2338, with Jacobsen-Jensen Company, for 
grading and paving the Warrenton (Massachusetts Avenue- 
Market Street) Section of Fort Stevens County Road, in 
Clatsop County, Completed on October 26, 1940. 


Contract No. 2351, with Martin Petersen, for con~ 
struction of a slide drainage ditch on the Bunker Hill 
Section of the Oregon Coast Highway, in Coos County. 
Completed October 22, 1940. 


THEREFORE, BE IT RESOLVED that the work covered by said 
state highway contracts for the construction of said state highway 
projects be declared completed according to the terms of the respec- 
tive contracts, and said jobs are hereby accepted and final payment 
in connection with each is hereby authorized, 


Consideration was given by the Commission to the date for ite Janu 


ary, 1941, regular meeting heretofore scheduled for Thursday and Friday, Jar: 
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WILLAMETTE HIGHWAY 
DECEPTION CREEK-SALT CREEK FALLS ROCK PRODUCTION 


Clifford A. Dunn <27,214.00 
A. O. Ekstrom 17,319.00 
Homer G, Johnson 20,004.50 
Eugene Sand & Gravel Co. 23,213.00 
A. S. Wallace 24,099.00 


OREGON COAST HIGHWAY 
DEPOE BAY SECTION - GRADING AND SURFACING 


Sam Orino $81,590.00 
Leonard & Slate 

Edlefsen-Veygandt Co. 

C. J. Montag & Son 

C. J. Eldon 

Clifford A. Dunn 

A. Milne 

E. C. Hall Co, 

A. C. Greenwood Coe, Inc. 

McNutt Bros. 


OLD OREGON TRAIL, NYSSA-ADRIAN, AND ADRIAN-PARMA HIGHWAYS 
CAIRO JUNCTION-ADRIAN ROCK PRODUCTION 


Chester T. Lackey 
Rogers Construction Co. 
Tony Marrazzo 

M. L. O'Neil & Son 
Quinn Robbins Co., Inc. 
A. S. Wallace 


I. 0. N. HIGHWAY 
OWYHEE RIVER-McDERMITT SECTION 
SURFACING AND OILING 


Norris Bros. $136,556.00 
E. C. Hall Co, 149,069.40 
Triangle Construction Co. & Je C. Compton 154,315.40 
Babler Bros. 157,391.00 
Clifford A, Dunn 159,241.00 
R. O. Dail & Warren Bros. 63,873.00 
Morrison-Knudsen Co. 164,410.60 
McNutt Bros, 167,461.00 
Hoops Construction Co. 167,916.00 
Carl E. Nelson 171,031.00 


Tortland, Oregon, December 17, 1940 


The State Highway Commission met in regular session at 9:00 a.m. in 
the auditorium of the Public Service Building, Present were: 


Henry F. Cabell, Chairman 

Huron ¥. Clough, Commissioner 

Herman Oliver, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

D. G. DeSart, Acting Secretary 


Secretary H. B. Glaisyer was absent on account of illness. 
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Bids as follows for highway construction projects and the sale of 
buildings were opened and read in conformance with previously published 
notice, following which Chairman Cabell announced that the award of contracts 
would be made at 3:00 p. m. in the same room: 


OREGON COAST, WOLF CRFP%, AND NECANICUM HIGHWAYS 
SEASIDE-!SLELER ROCK PRODUCTION 


Babler Bros. 914,510.00 
R. O. Dail & Warren Bros. 14,870.00 
A. Ss. Wallace 15,200.00 
Gus Reichow, 15,220.00 
Homer G. Johnson 15,490.00 
F. C. Feldschau & Son 15,591.00 
Jacobsen Jensen Co. 15,825.00 
A. T. Dolan 16,350.00 
M. L. O'Neil & Son 16,436.00 
Rogers Construction Co. 16,440.00 
Tidepoint Co, 18,187.00 
A, 0. Ekstrom 18, 782,00 
QO. C. Yocom 19,505.00 
C. J. Eldon 20,110,00 


JOHN DAY HIGHWAY 
EAST UNIT, DIXIE SUMMIT-AUSTIN SECTION 
GRADING, SURFACING AND OILING 


Fisher Bros. $117,479.00 
Leonard & Slate 118,861.00 
weNutt Bros., 125,302.40 
Tony Marrazzo 126,546.50 
Me L. O'Neii & Son 129,959.50 


eerste arm scree one 


(Bldg. 8086, Marshfield continued) 


Kenneth Dodd $146.50 
Ed Lorsung 126.00 
August Brann 76.00 


Building No. 9091 (former ownersG, W. Curtiss and Eliza E. Condron) 
W. J. Conrad Lumber Co. $40.00 
SALE OF BUILDING Ii] SCAPPOOSE 


Building No. 8341 (former owner Mrs. G. B. Turner) 
H. G,. Palmberg ¥32.00 


The Morrow County Court, represented by County Judge Bert Johnson, 
County Commissioner George N. Peck, and County Commissioner L. D. Neill, con- 
ferred with the Commission in regard to the improvement of the Patterson 
Ferry County Road, the improvement of the Jones Hill-Lena Section of the Hepp- 
ner Highway, and the Gilliam County Line-Zinter Ranch Section of the Wasco- 
Heppner Secondary Highway. The Commission instructed the Engineer to furnish 
the Attorney with data necessary for drawing up an agreement with the county 
for the improvement of the Patterson Ferry Road, it being understood that the 
county would provide a 60-foot right of way and that the state will oil the 
roadway at state expense; also that the county will maintain the road there- 


after or pay the state for maintaining it. 


Judge Johnson gave as his thought that the improvement of the Jones 
Hill-Lena Section is more important to the county than the construction of 
the Gilliam County Line-Zinter Hanch Section, due to the fact that much log 
hauling is being carried on thereover. However, discussion brought out the 
fact that the Gilliam County Line-Zinter Ranch Section should be improved as 
a unit, whereas the Jones Hill-Lena Section is of such nature that it would 
readily lend itself to adjustment to the Commission's finances, The county 
court approved the Cormission's plan to contract the Gilliam County Line-Zin- 
ter Ranch Section, for which there is set up in the program an amount of 
$65,000, and to contract later the Jones Hill-Lena work in the amount of 
45,000 plus any saving that might accrue from the amount set up for the 
Gilliam County Line-Zinter Ranch project. 


Johnson said he also had a petition for widening the bad 
curve on the Eightmile-Rhea Creek Section of the \asco-Heppner Secondary 
near the Hilma Anderson place above Ruggs, but that he would not present it 
now inasmuch as he had bad a letter from Division Engineer W. C, Williams 
stating that this work had been approved as a ifinor Betterment order. 


ts request that the state 
County Road, for which 


The Commission then approved Judge Johnson 
perform the oiling for the county on the Ione-Morgan 
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NORTH SANTIAM RIVER BRIDGE AT GATES 


J. F. Johnston $15,988.25 
J. W. & J. R. Killstrom 17,633.00 
Averill & Corbin 18,155.50 
C. J. Eldon 18,450.50 
Pirkemeier & Saremal 18,690.00 
MeNutt Bros. 24,100.00 


NORTH POWDER RIVER COUNTY ROAD 
NORTH POWDER-DAVIS RAi.CH SECTION - SURFACING AND OILING 


R. 0. Dail & Warren Bros. $18, 304,80 
M. Le O'Neil & Son 18,920,00 
Babier Bros. 19,585.00 
Norris Bros. 19,800.00 


WOLF CREEK HIGHWAY 
DAVIES GRADE SEPARATION PROJECT 


C. J. Eldon $65,285.00 
C. J. Montag & Son 66,602.50 
Averill & Corbin 69 5347.50 
Birkemeier & Saremal 70,366.50 
McNutt Bros. 70,706.50 
Julius Johnson 77,780.00 


Sig Ash 79,899.50 
SALE OF BUILDINGS IN BROOKINGS 
Building No. 7700 (former owner Prookings Land & Townsite Co.) 


Kenneth Dodd $36.50 
Everett Isenhart 15,00 


Building No. 7707 (former owner Fanny T. Pedriole) 


Tom B. Page $50.00 
Jarvis Automotive Service (remove for salvage) 00.00 
Everett Isenhart Credit $150, plus salvage 
J. W. Mosier Credit $250, plus salvage 


SALE OF BUILDINGS IN MARSHFIELD 


2 eee eee 


Building ho. 8086 (former owner Lillian Madden) 


Harold Potts 
J. Le Gaunt 
W. I. Briggs 
N. L. Loftin 
(Continued on next page) 
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The Attorney suggested, as a plan for furnishing the Secretary of 
State with proof of claim for right of way vouchers on the Front Avenue proj- 
ect on which the state is to pay 40%, that the deeds be executed in duplicate, 
one copy to go to the city for recording, the other to be attached to the 
Highway Commission's vouchers for the satisfaction of the Secretary of State. 
A suggestion by Chairman Cabell that the Attorney work out this routine with 
the city and submit it to the Commission at a later date was approved. 


Harold Say, Director of the Travel and Information Department, sub- 
mitted an agreement with the Castle Films, Inc., for distribution of the 
State Highway Department's motion picture film entitled "The New Oregon 
Trail", in black and white, and for editing a colored film under the same 
title, This agreement is essentially the same in regard to the black and 
white film as that under which the state's films were distributed during 
1940. The agreement was approved, but the Commission refrained from execut- 
ing it until it is signed by Castle Films, Inc, 


The Assistant Attorney submitted agreements with the National Hos- 
pital Association and the Physicians and Surgeons Association covering medi- 
cal care for the employees of the State Highway Commission during 1941. These 
contracts are essentially the same as those under which similar service has 
been rendered in the past, the main difference being that the medical associ- 
ations will no longer furnish medicines except in hospitalization cases. The 
Assistant Attorney said that another agreement with the Multnomah Medical 
Service Bureau would be ready for signatures the next day, The Commission 
approved the form of these contracts. 


The Southeast Portland Chamber of Commerce, represented by k. Petric 
of the Mount Scott Funeral Home; H. W. Phillips, L. A. Matthiesen, S. A. Fel- 
inlig, Harry Black, and Chas. H. Jones, conferred with the Commission in the 
matter of the Clackamas Overcrossing. The Engineer advised that this project 
is tentatively listed for contracting in February. Upon Mr. Phillips' re- 
quest for assurance that money set up for this project would not be used for 
any other purpose, Chairman Cabell said that, barring any great emergency, it 
would be spent there and nowhere else, 


Mr. Matthiesen then renewed their request for placing the proposed 
Foster Road extension on the state highway system and on the improvement pro- 
gram. ‘The Engineer admitted that this road would be better than the lit. Hood 
Highway through Gresham if both were equally improved. Chairman Cabell gave 
as his thought that the State has too much of an investment in the present 
road through Gresham to drop it now in favor of an entirely new route. Mr. 
Matthiesen advised that Multnomah County will build the Barbur-iielch Gap 
Section and other small sections with W.P.A. forces if the Comiission will 
place this road on the state highway system; also, that the county will 
start work immediately, and that the owners will give the right of way. 


Chairman Cabell said that if this road were less meritorious it 
could be placed on the state secondary system, but in view of its strategic 
location it could only be placed on the primary system, necessitating such 
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the county is producing and stock-piling rock, The Nngineer was instructed 
to furnish the county court with an estimate for this state work that the 
court might draw an order on the Secretary of State against its share of the 
gasoline tax funds to pay for the work. 


A delegation from The Dalles, represented by County Judge J. B. Kirk 
and County Commissioner Mace Fulton, requested of the Commission the reloca~ 
tion of the Columbia River Highway through The Dalles, by constructing a new 
route along the water front where traffic could enter the highway without cross- 
ing the railroad tracks at grade. They said that the highway so located would 
relieve their narrow main street of congestion, which would be of great help 
in cases of fire. Judge Kirk pointed out that grain elevators, tank farms 
and all industrial development will always be on the river side of the rail- 
road tracks. The Commission refused the request of the delegation because 
the project is too large and costly to construct at this time. Chairman Cabell 
suggested the designation and improvement of two routes through the city, 
one for trucks, and one for other traffic. This suggestion was looked upon 
with favor by the other members of the Commission but no action was taken, 


ur. Arthur E. Powell, Mayor of Central Point, requested that the 
Commission take over and maintain as a state secondary highway the road that 
connects Central Point with the Crater Lake Highway. He informed the Commis- 
sion that the bulk of the traffic carried by this county road within the City 
of Central Point is through traffic traveling between the Pacific Highway and 
the Crater Lake Highway and that the city has no money to maintain the sec- 
tion through their town, which is badly in need of repair, He gave as his 
thought that it is not fair to require small country towns to build and main- 
tain streets for through traffic, The Commission promised to investigate 
this project and consider it in relation to other projects in that county. 


Mr. Powell offered to the Highway Commission, in behalf of the City 
of Central Point, sufficient right of way to straighten the "S" curve on the 
Pacific Highway at the north entrance to the city. The Commission promised 
to investigate this improvement and advise the city at a later date. 


The Attorney submitted a form of agreement with the 0.W.R.& N. Com- 
pany, Multnomah County, and the Port of Portland, covering the Front Avenue 
project in Portland. The Commission approved the form with minor corrections. 


The Attorney reported on the status of the Front Avenue railroad 
franchise controversy in Portland, which has been referred to the Interstate 
Commerce Commission by Public Utilities Commissioner Bean. He also reported 
on the question of whether or not the City of Portland shall take over the 
Public Market, saying that ownership will probably be settled at a meeting to 
be held January 6. If the City of Portland does not take over the Market 
property, there will probably be several months' delay in reaching a right of 
way settlement with the owners of the Market. The Commission thought it ad- 
visable not to award any contracts on the Front Avenue project until it is 
definitely assured that nothing could interfere with the completion of the 


whole project. 


higher bidders. This contract is awarded by the Commission to 
Fisher Pros., at their low bid of (117,479.00. 


"Deception Creek-Salt Creek Falls Rock Production Project on 
the Willamette Highway, in Lane County. - Furnish approximately 
8,900 cu. yds. crushed rock or gravel in stock piles. Clifford A. 
Dunn, Klamath Falls, submitted the low bid for this work, in the 
amount of 417,214.00. A. 0. Ekstrom, Portland, submitted the next- 
low bid, in the amount of $17,319.00. There were three higher bid- 
ders. This contract is awarded to the low bidder, Clifford A. Dunn, 
at his bid of ‘17,214.00. 


"Depoe Bay Section of the Oregon Coast Highway, in Lincoln 
County. 1.11 miles grading and 1,17 miles bituminous macadam sur- 
facing. Sa: Orino, Portland, submitted the low bid for this work, 
in the amount of $81,590.00. Leonard & Slate, Multnomah, submitted 
the next-low bid, in the amount of $84,110.00, There were eight 
higher bidders. The Commission refers all bids received for this 
work to the Engineer with power to award the contract to the low 
bidder, Sam Orino, when certain conditions have been fulfilled. 


"Cairo Junction-Adrian Rock Production Project on the Old 
Oregon Trail, Nyssa-Adrian, and Adrian-Parma Highways, in Malheur 
County. Furnish approximately 7,300 cu. yds. crushed gravel in 
stock piles. Chester T. Lackey, Ontario, submitted the low bid 
for this work, in the amount of 99,355.00. Rogers Construction 
Company, Dayton, “iashington, submitted the next-low bid for this 
work, in the amount of 11,844.00. There were four higher bidders. 
This contract is awarded by the Commission to the low bidder, 
Chester T. Lackey, at his low bid of $9,355.00. 


"Owyhee River-McDermitt Section of the I.0.N. Highway, in 
Malheur County. 68.36 miles surfacing and oiling. Norris BPros., 
Burlington, \ashington, submitted the low bid for this work, in 
the amount of $136,556,00. E. C. Hail Company, Eugene, submitted 
the next-low bid, in the amount of $149,069.40. There were eight 
higher bidders, The Commission refers all bids received for this 
work to the Engineer with power to award the contract to the low 
bidder, Norris Bros., when certain conditions have been fulfilled. 


"North Santiam River Bridge at Gates, in Marion and Linn 
Counties. County Project. J. F. Johnston, Newberg, submittec 
the low bid for this work, in the amount of $15,988.25. J. W. & 
J. R. Hillstrom, Marshficid, submittea the next low bid in the 
amount of $17,633.00. There were four higher bidders. These bids 
werc teken for and on behalf of Marion and Linn Counties and are 
referred to the County Courts of Marion and Linn Counties for action. 


"North Powder-Davis Ranch Section of the North Powder River County 
Road, in Union County. 4.65 miles surfacing and oiling. R. 0. Dail 
and Warren Bros., Portland, submitted the low bid for this vork, in 


high-ty»e construction as to preclude the county's improvement to that standard, 
He then asked the Engineer to furnish copies of his report on this subject to 
the new Comaissioners for study, and suggested that they inspect this section 
with lir. Matthiesen at a later date, 


Mr. Melvin Weiberg, Paulina, was present and asked the Commission to 
straighten some of the curves on the Crooked River Secondary State Highway be- 
tween Paulina and Prineville. He also requested the graveling of some of the 
worst spots that are now nearly impassable. He advised that state forces were 
in this vicinity about two weeks ago with the intention of placing some gravel 
but were called away when it was learned that the owners of the gravel deposits 
would not let them take the material unless paid about $500. The Engineer rec- 
omnended that the Commission authorize an expenditure of $2,500 for the remov~- 
al of the rocky points and for graveling where necessary to maintain travel. 
The Comaission approved the recommendation and instructed the Attorney to 
negotiate for the gravel deposit. 


Ruth K, Jens, M. D., representing the U. S. Indian Service at Siletz, 
came before the Commission in the interests of the Siletz Secondary Highway in 
Lincoln County. She declared that this road, especially between Siletz and 
Kernville, is in almost an impassable condition and urged the Commission to 
grade and widen the road throughout its entire length, The Engineer stated 
that the Public Roads Administration would not accept this highway as a feder- 
al aid secondary highway, so it could not be financed with federal moneys. 
Chairman Cabell advised that the state's money has already been allocated to 
other projects; hence the Commission is not in position to make any commit- 
ment to this project today; however, the Commission will consider the matter 
next fall in the formulation of the 1942 program. Dr. Jens stated that she 
would reappear before the Commission at that time. 


At 3:00 p. m, Chairman Cabell announced the following awards of con- 
tracts and sales of buildings, for which bids were taken at the morning ses- 
sion, such awards having been previously approved by the Commission by unani- 
mous vote: 


"Seaside-Wheeler Rock Production Project on the Oregon Coast, 
Wolf Creek, and Mecanicun Hizhways, in Clatsop and Tillamook Coun- 
ties, Furnish approximately 10,300 cu. yds. of crushed rock in 
stock piles, Babler Pros., Portland, submitted the low bid for 
this work, in the amount of $14,510.00. R. 0. Dail & “arren Bros., 
Portland, submitted the next-low bid in the amount of $14,870.00. 
There were 12 higher bidders, This contract is awarded by the Com- 
uission to the low bidder, Babler Bros,, at their bid of $14,510.00. 


"East Unit, Dixie Summit~Austin Section of the John Day High- 
way, in Grant County. 4.3 miles grading, surfacing and oiling. 
Fisher Bros., Oregon City, submitted the low bid on this work, in 
the amount of $117,479.00. Leonard & Slate, Multnomah, submitted 
the next-low bid, in the amount of ¥118,861.00, There were three 
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The Engineer submitted an invoice for 1941 dues in the American 
Association of State Yighway Officials, in the amount of $350.00, and an 
invoice for 1941 dues in the Western Association of State Highway Officials, 
in the amount of $25.00. The Commission approved payment of both invoices. 4 


The Engineer submitted a financial statement dated December 13, 
1940, which the Comission discussed and ordered filed. 


Ivan F. Phipps, Portland, was present and asked the Comission to 
either grant him euthority to construct a service station partially on the in 
right of way of the Denver Avenue approach to the Interstate Bridge, Portland, 
just north of Schmeer Road, or to convey to hin title to the area that he 
needs, for which he offered, as consideration, to deed to the state a like 
area on the opposite side of the highway. He contended that the state's 
right of way is so much wider than the pavement at this point that a service 
station erected entirely on his property, in accordance with the Commission's 
regulations, would be so far from the pavement and shoulder as to have little 
value. The Commission deferred its decision pending inspection by the Engi- 
neer and receipt of his report. The Engineer was instructed to make such a 
{nsvection in company with ar. Phipps and to set right of way stakes along i 
the section for Mr. Phipps' guidance. rs 


W. H. Zuber, Portland, came before the Commission and requested 
permission to operate his overlength truck on state highways. He explained 
that his truck is 42'6" in length and is used to transport a scientific ex- 
hibit from school to school and is more or less a display or class room. 
Chairman Cabell suggested, in view of pending legislation which would legal- 
ize vehicles up to 45' in length, that permits be granted Mr. Zuber for isolat- 
ed movements, i. e., of about a week's duration, if it appears upon investiga- 
tion that the vehicle can be and is properly licensed by the Secretary of 
State. The Commission approved this recommendation and instructed the Secre- 
tary to investigate the license feature at once. 


lr. Howard Shoemaker headed a delegation from Hood River composed 
of C. C. Lindley, City Councilman; Arthur C. Lofts, Jr., President of the 
Chamber of Commerce; C. il, Sheppard, Tom Scott and E, Riddell Lage, who asked 
the Highwy Commission to acquire the bridge that spans the Columbia River, . 
between Hood River, Oregon, and “hite Selmon, ‘Jashington. He submitted his- 
torical irfurmation relative to this structure and a financial audit of the 
bridge overations, together with a printed outline of the "Free Bridge Move- . 
ment," by the "Free Bridge Committee of Oregon and Washington." He advised q 
ti.at their primary object in coming tefore the Commission at this time is to 
secure the Commission's approval to a legislative enabling act that would 
authorize the Commission to join with the State of Washington in purchasing 
this bridge. Chairman Cabell informed the delegation that the Commission is 
reluctant to take over this bridge because of the dangerous precedent that 
would be established; that the Comaission could not go to the Legislature 
with recomerdations, but would be pleased to make such investigations and 
submit such report as the Legislature might request. The matter was discuss- 
ed at considerable length but no action was taken. 
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. the auount of 19,304.80. M. L. O'Neil & Son, John Day, submitted the 
. next low bid, in the amount of .18,920,00. There were two higher bid- 
* ders. This contract is awarded to R, 0. Dail & Warren Bros., the low 
bidders, at their bid of »18,304.80. 


Se "Davies Grade Separation Project on the wolf Creek Highway, in 
Washington County. C. J. Eldon, Portland, submitted the low bid for 
this work, in the amount of $65,285.00, C. J. Montag & Son, Portland, 
submitted the next low bid, in the amount of $66,602.50. There were 
five higher bidders, This contract is awarded to C. J. Eldon, the low 
bidder, at his bid of $65,285.00." 


spe Nr cesar 


Buildings at Brookings: 


"Duilding No. 7700 (forwerly owned by Prookings Land & Townsite 
Company) Kenneth Dodd, Zugene, submitted the high bid for the purchase 
of this building, his bid being in the amount of $36.50. Everett 
F Isenhart, Brookings, submitted the next-high and only other bid, in 
. 4 the amount of $15.00. ‘The Commission accepts the bid of Kenneth Dodd, 
‘ and sells this building to him at his high bid of $36.50. 


= "Building No. 7707 (formerly owmed by Fanny T. Pedriole) Tom B. 
BY Page, Brookings, submitted the high bid for this building, his bid 
te being in the amount of $50.00. Jarvis Automotive Service, Brookings, 
bid for the salvage value only, and there wer- two other bidders who 
asked payment for removing the buildings. The Commission accepts 
the bid of Tom B. Page, and sells this building to him at his high 
bid of $50.00." 


Buildings at Marshfield: 


fe "Building No. 8086 (formerly owmed by Lillian Madden) Harold 
be Potts, Eastside, submitted the high bid for the purchase of this 

pil ag building, his bid being in the amount of $352.00. J. L. Gaunt, North 
Bend, submitted the next high bid, in the amount of $180.00. There 
were five lower bidders. The Commission accepts the bid of Harold 
Potts, amd sells this building to him at his high bid of $352.00. 


oe vine 


i ie 


be ‘ 
ii) "Building No. 8091 (formerly owned by G. W. Curtiss and Eliza 
De E. Condron) The only bid received for the ourchase of this building 
i was that of the YW. J» Conrad Lumber Company, liarshfield, in the 
, 4 amount of $40.00, The Commission sells this building to the W. J. 
5 Conrad Lumber Company at the price offered. " 
ei Building at Scappoose: 


"Building No. 8341 (formerly owed by iirs. G. B. Turner) H. G. 
Palmberg, Scappoose, submitted the only bid for the purchase of this 
building, in the amount of 332.00. The Commission sells this build- 
ing to Mr. Palmberg at such price." 


Neer 1 


ee 


9985 


(Gooserock Bridge - Continued) 


Clifford A. Dunn $43,820.50 
C. Je Eldon 44,781.00 
McNutt Bros. 45,075.50 
J. W. & Je R. Hillstrom 47,217.00 


REDWOOD AND OREGON CAVES HIGHWAYS 
KERBY ROCK PRODUCTION 


M. C. Lininger & Son $14,670.00 
A. S. Wallace 15,680.00 
M. Le O'Neil & Son 15, 766.50 
R. O. Dail & Warren Bros., Inc. 15,795.00 


THE DALLES-CALIFORNIA HIGHWAY 
SOUTH UNIT, ALGOMA-TERMINAL CITY SECTION 
GRADING & TOPPING 


Frank Penepacker $92,428.00 
Sam Orino 100,031.00 
Roy L. Houck 100,158.00 
E. L. Gates 104,743.00 
Leonard & Slate 106,472.00 
E. C. Hall Co. 110,552.50 
G. D. Lyon & Co. 111,715.00 
Berke Bros. 120,478.00 
J. C. Papin 121,433.00 
Clifford A. Dunn 122,381.00 
McNutt Bros. 127,274.00 
K. Le Goulter 137,663.00 


KLAMAT!H FAI LS-LAKEVIEW HIGHWAY 
FOREST BOUNDARY-COTTONOOD CREEK SECTION 
GRADING, SURFACING AND OILING; ALSO CONSTRUCT BRIDGES & CULVERTS 


Fisher Bros. $116,994.00 
M. L. O'Neil & Son 121,611.00 
Babler Bros. 121,997.00 
Leonard & Slate ; 124,737.00 
McNutt Rros. 125,152.00 
B. C. Hall Co. 125,352.50 
Clifford A. Dunn 125,382.00 
Berke Bros. 125, 704.00 
Homer G, Johnson 127,408.00 
Jacobsen—Jensen Co. 128,361.50 


MCKENZIE HIGHWAY 
HENDRICKS BRIDGE-SILV*R CREEK ROCK PRODUCTION 


i. L. O'Neil & Son $12,663.60 
: Ransom Sand & Gravel Co. 14,071.80 


(Continued on next page) 
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| The Engineer presented 2 letter from General Robert Lee Bobbitt of 
iif the Texas Highway Commission, requesting that Oregon send a delegate to the 
H meeting of the Western Association of State Highway Officials in Denver, on 
¥ January 6 and 7, 1941. It was decided that Chairman Cabell should represent 
the Commission at such meeting. 
if The Commission adjourned at 5:00 p. m. to reconvene on the follow- 
ing morning in the same room. 
: Portland, Oregon, December 18, 1940 
The State Highway Commission reconvened in regular session at 9:00 
a. m. in the auditorium of the Public Service Building. Present were: 
Henry F. Cabell, Chairman 
Y Huron ™. Clough, Commissioner 
a Herman Oliver, Commissioner 
R. H. Baldock, State Hichway Engineer 
4 J. M. Devers, Attorney 
4 D. G. DeSart, Acting Secretary 


7 Bids as follows for highway construction projects were opened and 
read in conformance with previously published notice, following which Chair- 
man Cabell announced that the awards of contracts would be made at 3:00 p. m. 


in the same room: 


COLUMBIA RIVER HIGHWAY 
SVENSEN-GOBLE ROCK PRODUCTION 


i Tidepoint Co. $15,200.00 

A. S. Wallace 16,800.00 
4 Frank Penepacker 17,047.00 
i A. 0. Ekstrom 17,520.00 
Homer G. Johnson 18,800.00 


POWERS SECONDARY HIGHWAY 
HOFFMAN BRIDGE-GRAUTS CREEK SECTION - SURFACING AND OILING 


O..C. Yocom $30,000.00 
Babler Bros. 30,555.00 
Coos Bay Dredging Co. 32,944.00 
R. O. Dail & Warren Bros. 36,543.00 
A. Milne 39,965.00 
JOHN DAY HIGHWAY 
GOOSEROCK BRIDGE OVER JOHN DAY RIVER 
Averill & Corbin $42,840.00 
Vernon Bros. Co. 43329 .00 


(Continued on next page) 
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County Judge Nelson B. Higgs, Harney County, appeared before the 
Commission and requested the placing of some maintenance rock on the Rome- 
Princeton Secondary State Highway where it passes over the summit southeast 
of Princeton, near Follyfarm. The Commission referred the matter to the Sn- 
gineer for investigation and report on how much it would cost to do the work. 


Commissioner Oliver asked Judge Higgs what would be the county's 
reaction if the Comaission transferred the »40,000 heretofore budgeted by the 
Commission for the improvement of the Burns-Crang Highway to the John Day- 
Durns Highway where, he said, it could be used to advantage in conjunction 
with other funds in financing the construction of the Seneca-South Section. 
Judge Higgs asked for time to consult his constituents before replying. 


He reappeared before the Commission later in the session and ad- 
vised that Harney County would have no objection to such transfer of funds. 
However, they would like the Burns-Hanley Lane Section of the Burns-Crane 
Highway improved in lieu thereof as an extension to the proposed improvement 
of the Hanley Lane Section of the Frenchglen Secondary Highway, omitting for 
the time being the bridge construction work, The Engineer suggested that, 
since it appears reasonably certain that the rights Point-Narrows Project on 
the Frenchglen Secondary Highway will be approved as a federal aid secondary 
project, a portion of the $15,000 of state money heretofore budgeted for such 
improvement could be released to finance the Hanley Lane Section. He recom 
mended deferment of any work over ‘rights Point at this time and that the pro- 
posed federal aid secondary highway project be confined to the construction 
of a road across the flat to the point khown as The Narrows. The Commission 
appeared favorably inclined toward the Engineer's suggestion but deferred a 
definite decision pending further information, The Engineer was instructed 
to make a survey and prepare cost estimates for a project extending from Burns 
to Hanley Lane, thence south on the Frenchglen Secondary Highway to The Nar- 
rows, excepting the section over Wrights Point. 


The Engineer submitted a report on amounts heretofore expended by 
the Commission for the construction of the Pacific Highway through the City 
of Ashland, and an estimate of cost to complete the work through this city. 
No action was taken by the Commission on this matter. 


The Assistant Attorney reported the refusal of certain house-moving 
contractors to remove buildings from the highway rights of way in accordance 
with the terms of low bids submitted by them for such work. He explained that 
the bids are taken informally and no performance bond is required. He was 
instructed to bring the next such offense to the attention of the Commission, 
which would take action precluding such defaulter from further bidding on 
State highway work, 


The Attorney requested authority to purchase certain parcels of real 
property that are needed for various highway improvements throughout the state. 
Ha submitted a list of such properties together with prices that he recommend- 
ed be paid for each, After careful consideration the Commission approved 
the request and by unanimous vote adopted the following resolution with re- 
gard thereto: 
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(Hendricks Bridge-Silver Creek Rock Production - Continued) 


Fe. AN A TOL I! 2 AN AR 


A. S. Wallace 914,112.00 
A. 0. Ekstrom 14,224.00 
R. O, Dail & Warren Bros., inc. 14,571.00 
Inter-City Sand & Gravel Co., Inc. 17,730.24 


MATERIALS TESTING LABORATORY BUILDING AT SALEM 


L. B. James $88,918.00 
Birkemeier & Saremal 89,359.00 
Viesko & Hannaman 91,319.00 
Sig Ash 98,290.00 
E. E. Settergren 92,380.00 
O. R. Wayman 92,688.00 
Tri-State Construction Co. 92,914.00 
Malarkey & Kallander 96,908.00 


OLD OREGON TRAIL 
BOARDMAN-UMATILLA COUNTY LINE SECTION —- GRADING AND TOPPING 


Frank Penepacker $97,365.00 
Clifton & Applegate 97,948.00 
Roy L. Houck 98,382.00 
Triangle Construction Co. 99,636.50 
Dan J. Cavanagh 101,805.00 
E. L. Gates 103,427.00 
F. R. Hewett 106,612.00 
Roy L. Bair 107,115.50 
Berke Bros. 111,439.00 
M. L. O'Neil & Son 114,130.50 
K. L. Goulter 114,514.50 
Leonard & Slate 116,485.50 
G. D. Lyon & Co. 117,830.50 
McNutt Bros. 119,664.50 
C,. E, Oneal 121,393.00 
Carl lyberg 125,054.50 
E. C. Hall Co. 125,840.50 
Parker-Schram Co. 127,850.50 
A. C. Greenwood Co., Inc. 128,096.00 
C. J. Eldon 132,770.00 
Porter W. Yett 134,283.50 


HAWTHORNE BRIDGE APPROACH - PORTLAND 


Frank Watt Construction Co, $25,670.00 
Birkemeier & Saremal 29,115.00 
0. R. Wayman 31,087.40 
Lindstrom Bros. 33,750.00 
Parker—Schram Co. 38,450.00 
Geo. Isackson Co. 39,475.00 


McNutt Bros. 50,180.00 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 
Clatsop County Line-Mohler Section, Oregon Coast Highway 


800-A-Hunt, Verna Tubbesing Stock 0,202 4 yr. lease, $10 per Benson 
Pile year 


Tigard Section-Pacific Vest 
6978-B-Johnson, Emil A. Easement 317 sq.ft. GRATIS 


Bear Creek Camp Section, Wolf Creek Highway 


7042-Oregon-American Lbr.Co. Park Authority to cut Parker 
danger trees. GRATIS 


McNamers Camp Section, Wilson River Highway 


8567-Consolidated Timber Co. Park Authority to cut Parker 
danger trees. GRATIS. 


Donald Creek-Mills Bridge Section, Wilson River Highway 
8309-Tillamook County R/W 1.32 $1.00 Lump Sum Parker 
" 


8308-Riegers, I. R. " 0.3 $500 per a. 
4,00 440 per a.plus $75 


Nehalem Spit Section, Oregon Coast Highway 


7319-Hays, Stella Park 2 lots 310 per lot (State to 
pay taxes) Martin 


Olney Section, Nehalem Highway 
8553-McCoy, John E. Scale Site 0,81 $50.00 Lump Sum Eason 


Nehalem Spit Section, Oregon Coast Highway 


7324-Gordon, Margaret M,, Park 3 lots $9 per lot (State to 
Heirs pay taxes. Est'd $7 Martin 
7386-Johnson, Fred J. " 10,0 $125 Lump Sum (State " 
Nassa, Caroline to pay taxes) 
7365-Smith, D. B., Heirs 1 lot $10 Lump Sum (State " 
: to pay taxes) 


7313-Smith, A. Ve . 3 lots 510 per lot (State to " 
pay taxes) 


Siletz-DePoe Bay Section, Oregon Coast Highway 


4191-Braly, J. C. RAW 6475 sq.ft. 9¢ sq-ft-plus $125 Collins 
4190-Braly, Katherine P. " 9856 " 9 " " $149.90 " 
4189-Braly, J. C. . nas = o¢ =Cé" " $ 63.16 e 


(Continued on next page) 
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WHEREAS, in connection with the further improvement of 
the highways hereinafter designated, it is and has been necessary 
to acquire property for right of way, quarry sites, gravel or other 
material sites, or sites for the storage of waterials, as herein- 
after more definitely set forth, and 


WHEREAS, as a result of negotiations carried on with the 
owners of the property required, options have been obtained, which 
options have been considered by the Commission, outlining the bases 
of settlement which have been agreed upon, and 


WHEREAS, it is the judgment of the Commission that the 
said options should be approved and accepted, and/or the said re- 
ports be declared acceptable to the State Highway Commission as 
bases of settlement for the properties involved, and that the ac- 
quisition of the properties should be completed: 


NOW, THEREFORE, BE IT RESOLVED that the several offers, 
or bases of settlement hereinafter enumerated be, and the same here- 
by are, approved and accepted, and that the Attorney for the State | 
Highway Commission be, and he hereby is instructed to complete the 
acquisition of the said properties and to take title thereto in the 
name of the State of Oregon. The said properties hereby ordered 
and authorized to be acquired are as follows: 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


wultnomah County Line-Scappoose Section, Columbia River Highway 


2326-Dryer, U. A. RAW 0.51 $200 per a.plus $598, McChesney 

S494-ueClements, H. A. " 0.10 3200 per a. " 480 ® 

2322-Henza, Henry Je " 0,20 $200 per a, " $1207 " 

; (Correction) ; 

8353-First Congregational " 1539 sq.ft.5¢ sq.ft.plus $473.05 ¥ 
Church of Scappoose 

8339-Stasna, August " pW $200 per a. plus " 

(Correction) $2518 

@317-Anderson, C. 0. " 0.35 $200 per a. plus $930 " 

8323-Thomas, Herbert L. " 0.19 $200 pera. " $212 ° 

Fisher's Point-iManzanita Junction Section, Oregon Coast Highway 

6069-Tillamook County R/W 17,843 sq.ft. GRATIS Collins 


Clatsop County—Columbia River Highway 


8464-Bradley-\oodard Lbr.Co, Stock 8.04 99 yr.lease, $1.00 McChesney 
Pile Lump Sum 


Deer Island Section, Columbia River Highway 


3502-Meehan, Mrs. J, E. R/W 3 lots 360 per lot, plus Parker 
(15,000 sq.ft, )20 
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Section, Hwy., and Owmer Purpose Acres Approximate Amounts Agent 
Lincoln County Line-Philomath Section, Alsea Highway 


3689-Compton, V. and Stock Pile 1.10 $175 Lump Sum 
Seely, Chas. S. 


Newport Section, Oregon Coast Highway 
2503—Mackey, C. A. Slope Easem't 10-foot Siope easement. GRATIS Collins 


Port Orford-Hubbards Creek Section, Oregon Coast Highway 


2559-Dorner, Perle E. vi $130 per a.plus $667 
2560A-Knapp, Louis " $50 Lump Sum 
2562-Knapp, Ella $150 per acre 
2560-Knapp, Louis $130 per acre 


West Portland-Tualatin Section, West Portland-Hubbard Highway 


4818-Godell, Marjorie R/T 200 sq.ft. $5 Lump Sum plus $15 
4834-O0'Neill, Mildred " 184°" * 5 * " " $15 
Chapin 
4086-Forshaw, S. H. " 0.384 $125 Lump Sum 
4820-Noles, Stella lM. n "2,08 $200 per a.t+ 42084 + 
(Correction) low bid $1890 for moving 
& reestablishing bldgs. 
plus 2 wells (Estd. $375) 
4083-Mourens, Gene " 0.491 4325 Lump Sun 


Forest Bo Cottonwood Creek Section, Klamath Falls-Lakeview Hwy. 


7575-Campbell, ‘im. E. RAT 39.5 $50 Lump Sum 


North Bend-Marshfield Section, Oregon Coast Highway 


8063-Snyder, E. A. R/V 821 sq.ft. 10,24¢ sq.ft, 
8083-Coos County * 10345 " GRATIS 


Brookings Section, Oregon Coast Highway 


8292-MeVay, B. W. Plant Site 1.10 $545.45 per a. plus 
(Correction) fencing Collins 

7715-Hogan, R. R. RAW 2007 sq.ft. 4¢ 5q.ft,plus $520 " 
(Correction) 

8031-Clark, F. L. Gravel Bar~ 6,34 ay ty per a. plus " 
(Correction) Haul Road 

7710-Weter, H. Pe R/W 1851 sq.ft. Pou moving bldg.$1310 " 
(Correction) (low bid) plus $150 

Land Gratis 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Siletz-DePoe Bay Section, Oregon Coast . ~ Continued 


5815-A-Schroeder, John Slope 750 sq.ft. GRATIS Collins 


4135-Schoonmaker, May il. R/W 1446 sq.ft. 10¢ sq.ft. 


4112C-Austin, Graham R/W 235 sq.ft, 10¢ sq.ft. " 
Easement 

4136-Schoonmaker, Bert E. RAY 403 sq.ft, 10¢ sq.ft. " 
Easement 


Siletz I rt Section, Oregon Coast Hi 


8644-Sunset Investment Co. R/V 2500 sq.ft. $183 Lump Sum Collins 

8645-Runciman, Alex, and " 5000 $225 Lump Sum " 
Runciman, John Kedd 

4193-Kirsch, G. H. " 1612 " 5¢ sq. ft. 

4116-Post, Clara K, 


Slope Easem't 900 " 25¢ sq. ft. ° 


4194-Jones, Ona Dell and RAW 37) C* 5¢ sq. ft. " 
T. A. 1.2 acre $100 per a. plus $92.50 
4112-A-NMeDuffee, S. V. R/W 
Slope Easem't 820 sq.ft. 24.39¢ sq. ft. Collins 
4187-Herning, Jessie R/W 160 " 15¢ sq. ft. plus $81" 
Richards & Grace Slope Easem't plus leveling lots 
Richards 
Norton Section, Eddyvi lle-Blodgett Highway 
8462-Tripp, R. W. R/W 0.84 GRATIS Eason 
Boyer-Otis Section, Salmon River Highway 
2377-Stone, Sarah B, R/W 1.02 $100 per acre MeCallister 
(Correction) 


Boiler Bay-Rocky Creek Section, Oregon Coast Highway 


5822-Hellenbrand, Oscar, 5s- R/: 5000 sq.ft. 8¢ sq. ft. Collins 
tate 
6192-Sunset Investment Co. RA! 6060 " 10¢ sq.ft.plus 750 - 


less credit by deduc- 
tion of 3606 for 2 lots 
in Crescent Add. to be 
conveyed by State. 


and L. D. ix 


Albany Section, Pacific Highway East 


5831-Holme, Emil and Slope 106.2 ft. $1.00 per foot Gardiner 
Evelyn Easement (frontage) 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


(Algoma-Terminal City Section, The Dalles-Calif. Hwy. - Continued) 


2538-Klamath Development Co., %/*’ 0.09 $200 per acre Gardiner 

Viola Blackman and H.C. 

Blackman 
3537-Klamath Development Co, " 0.15 $200 per acre n 

and L.E.Chidester 
6534-Melvin Vanderhoff and " 0.41 5250 per a. plus $10" 

Alpheld Vanderhoff 4 
2533-Jennings, Geo. David n 0.37 $250 per a. + $37.50 " i 
3545-Ambers, Clifford L. n 1,09) $150 per acre " f 

_0,48) $50 per a.plus $87 plus d 

1.5 drilling well (Est'd $250) q 

8641-Uhrman, Hans " 4. $15 per acre Gardiner : 
8532—Randolph, C. C. " 1.48 $200 per a.plus $187" 


Pilot Butte Section, Central Oregon Highway 


3496-Owens, Elmer B. Park 0.26 (9461.54 per a.+ $50 ucCheaney 
8497-Forbes, Smith R. " 0.48 310,50 per acre 

Wheeler County Section, Ochoco Highway 

8510-Sigfrit, Lena Stock Pile 2.06 4855 per 2. + $5 McChesney 


Madras-Crooked River Bridge Section, The Dalles-California Highway 


6607-Jefferson County RAW 11.47 GRATIS Benson 


North Pilot Rock Section, Pendleton-John Da: Highwa: 
7557-Horn, Zylph R/T 385 sq.ft. 2.6¢ approx.> $590 DeSouza 


Sage Hen Hill-Harney County Section, Central Oregon Highway 


8306A—Caldwell, John L., Stoci Pile 1.50 33.33 per acre Williams 

Trustee 
Millican-Brothers Section, Central Oregon Highway 
8551—Deschutes County Gravel Pit 20.0 GRATIS Gardiner 
8550-MeConnell, Gert- " " 20.0 $7.00 per acre " 

rude A. v. 
Union County Section, 01d Oregon Trail Highway 
4989-Union County Maint.Site 0,10 2 yr. lease @ $40 Williams 

per month 
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Section, Hwy., and Omer Purpose Acres Approximate Amounts Agent 


Silverton-Silver Creek Falls Section, Silver Creek Falls Highway 


8514-Hall, Alta Stock Pile 1.07 y100 per a.plus $5 Collins 
plus fencing 

Silverton-Pine Tree Corner Section, Cascade Highway 

8515-Fennimore, Roy Stock Pile 0.78 128,20 per a. plus " 
fencing 

Drain Section, Pacifie Highway 

8356-Texas Company RAW 130 sq.ft. Land Gratis. State 
will construct side- 
walk McCullough 


Springfield-Blue River Section, McKenzie Highway 


8686-Lane County Stock Pile 0.59 GRATIS Benson 

Hendrick's Bridge Section, McKenzie Highway 

2531—Kramer, Carl B. Stock Pile 0.54 Land ‘3125, plus $5 Benson 
et al 

Selma-California State Line Section, Redwood Highway 

8635-Judd, Frank Stock Pile 1,04 {40 Lump Sum Benson 

8634-Schmitt Bros,Lumber " " 1,00 S50 " " 
Co., Inc. 

Klamath Falls-Merrill Section, Klamath Falls-Malin Highway 

7560-Great ijorthern RR Co. RA 0.15 1 Lump Sum Parker 

Juniper Butte-Crooked River Section, The Dalles-California Highway 

: 8481-Jefferson County RA 1.35 GRATIS Gardiner 

Algoma-Terminal City Section, The Dalles-California Highway 

8535—-ieCray, J.E. and RY 14 sq.ft. GRATIS Gardiner 
Hopper, ©. E. 

8536-Chidester, L. E. ad 0.29 $200 per ast $467 " 

8640-Klamath County " 1.384 GRATIS ® 

8540-Klamath Development Co, 
and F, E. McGee " 0.03 $200 per a. + $4 ® 

8539-Klamath Development Co. " 0.23 $200 per acre n 


and Paul Buck 
(Continued on next page) 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Port Orford Section, Oregon Coast Highway 


2557k-Lewis Investment Co. RA 15.38 $35 per acre Parker 


McNamers Camp-County Line Section, Wilson River Highway 
8566-Properties Corporation R/W 75.45 $50 Lump Sum Parker 


Springfield-Blue River Section, McKenzie Highway 


$682-8663-Baler, Carl R. Stock Pile- 1.51 $500 per a.t $245 + Benson 
Plant Site fencing to be moved 
by the State 


Boiler Bay-Rocky Creek Section, Oregon Coast Highway 


5819-Sunset Investment Co.  R/W 1965 sq.ft. 10¢ sq. ft. Collins 
and Frank China 


Valley Junction-Tillamook County Line Section, Salmon River Highway 


8274-Polk Operating Co. Park 50 $40 per acre Devers 
(iMiawi Corporation) 430 $5 per acre 
480 


The Attorney also requested authority to condemn certain parcels of 
real property for various highway improvements and recommended the following 
offers for purposes of condemnation: 


File No. Name Purpose Required Recommended Offer 
8530 A. H. Pierce, et al. RAT $ 210.00 
8530-A Frank Cunningham, et al. " 40,00 
8531 ) 
8541 ) Klamath Development Co. " 2,500,00 
8542 ) 
8544 Alfreda Steinmetz " 180,00 
4125 H. B, Hopkins " 125,00 
8684 Frasier Real Estate Hold- Road Bldg.Materials 

ing & Loan Co. 1,000.00 
8696 Harold Roche R/V 424.20 
8694 David lhicKenzie Gravel Pit & Haul.Road 924.00 
2561-A  Orris Knapp R/W 9,000.00 
2561-B Orris Knapp, et al. » 461.60 
8344 James G, Watts, et al. « 130.71 
3902 Alex M. Donaldson, et al. Park 7,500.00 
5822 Hellenbrand Estate RAW 400.00 
8701 Thomas V, Johnson and wife Stock Pile Site 207.50 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Boardman-Stanfield Section, Old Oregon Trail Highway 


8417-Federal Land Bank and = R/W 2.35 $50 per a. ¢ $143.90 Landon 
Rippee, T. W. 

8421-Jenkins, J. Le " 0.91 $5 per a. plus $7.50 n 

8423-Clark, Malcom D. " 6.23 $5 per acre " 

8416-E. R. Ash and Federal “ 3.14 $100 per a.plus $276, " 
Land Bank plus $7,50 

8419-Hadley, Glen R. and Ray- " 1.59 9100 per acre, plus x 
mond Petty john $205.50 

8418-Root, Leo V. and Mae " 1.59 $100 per a. et. 
Morrison 4.0 $60 per a., plus $43 


8413-Boardman School Dist./#25 " 0.58 Land Gratis, plus n 
$25, fencing 

8415-Hunt, T.E. and M.H.Ekker " 2.00 $50 per a.plus $370.30 " 
l. $5 per acre 


8422-Morrow County " 25.59 GRATIS 


Ramsey-Blalock Section-Columbia River Highway 


8398-Northern Pacific Ry.Co. R/W and 40.21 §100 Lump Sum DeSouza 
Talus Pit 


La Grande-Elgin Section, Wallowa Lake Highway 


8498-U.S.Nat'l. Bank of Stock Pile 0.81 $100 per acre Landon 
Portland 


Kimberly-Dry Creek Section, Monument Highway 
8461-Amis, Clarence ‘. R/W and 6.25 $5.20 per acre, Landon 
Gravel Pit 1.75 $50 per a.+ $123.75 
8.0 


Flora Section, Enterprise-Lewiston Highway 

7786-Bodner, Twain R/V 20.64 $500 Lump Sum Williams 

Ironside-Brogan Section, John Day Highway 

8547-Malheur County Stock Pile 0.99 GRATIS Landon 

Cairo Junction-Adrian Section, Nyssa-Adrian Highway 

8506-Beaumont, Clifton ii, Stock Pile 4.0 $100 per acre, plus Landon 

& Gravel Site fencing 

8507-Holly, John E. and Stock Pile 0.73 ,100 per acre, plus " 

Mabel Huffstetter fencing 
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of Section 1, Tovmship 38 South, Range 8 East, Wiis; and 
the southwest quarter (SW4) of the northwest quarter (11¥j) 
of Section 7, Township 38 South, Range 9 East, W,li., all 
in “lanath County, Oregon; which property is more partie- 
ularly described on the attached sheets and designated as 
Parcels Nos. 1, 2, 3, 4, 5, and 6 and is further identi- 
fied in the records of the Highway Commission as files 
R8531, R8541, and R9541; and which property is being ac- 
quired for right of way purposes in connection with the 
Algoma-Terninal City Section of The Dalles-California 
Highway ;* 


Real proverty owned by Alfreda Steinmetz, which prop- 
erty is located in Lots 5, 6, and 7, Block 2, of Upper 
Lake Garden Acres, situated in Section 1, Township 38 
South, Range 8 Fast, and in Section 6, Township 38 South, 
Range 9 East, W.M., Klamath County, Oregon, and is more 
particularly described on the attached sheets and designat- 
ed as Parcel No. 7 and is further identified in the records 
of the tighway Commission as file R8544, and which property 
is being acquired for right of way purposes in connection 
with the Algoma-Terminal City Section of The Dalles-—Cali- 
fornia Highway ;* ; 


Real property owned by Albert Hopkins Pierce, et al., 
which property is located in Lots 1,2,3, and 4, Block 27; 
Lots 7, 8, and 9, Block 27; Lots 3 and 4, Block 36; Lots 7 
and 8, Block 36; Lot 4, Block 46; Lot 5, Block 46; and Lot 
4, Block 47; all situated in First Addition to Terminal 
City, in Section 18, Township 38 South, Range 9 East, W.L., 
Klamath County, Oregon; which property is more particular- 
ly described on the attached sheets and designated as Par- 
cels Nos, 8, 9, 10, 11, 12, 13, and 14 and is further 
identified in the records of the Highway Commission as 
file R8530; and which property is being acquired for right 
of way purposes in connection with the Algoma-Terminal City 
Section of The Dalles-California Highway;* 


Real property owned by Frank Cunningham, et al., which 
property is located in Lots 3 and 4, Block 37, and Lot 7, 
Block 37, First Addition to Terminal City, situated in Sec- 
tion 18, Township 38 South, Range 9 East, WeM., Klamath 
County, Oregon, and is more particularly described on the 
attached sheets and designated as Parcels lios. 15 and 16 
and is further identified in the records of the Highway 
Commission as file R8530A, and which property is being ac- 
quired for right of way purposes in connection with the 
Algoma~Terminal City Section of The Dalles-California 


Highway ;* 
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The Comaission approved the request and by unanimous vote, adopted 
the following resolution covering the matter: 


WHEREAS, the State Highway Commission under the provisions 
of Chapter 529, Oregon Laws, 1939, is authorized to locate, relocate, 
construct, reconstruct, maintain, widen, straighten, and otherwise 
improve state highways, both primary and secondary, and said Commis- 
sion is also authorized to construct shops, equipment sheds, office 
buildings, maintenance sites, patrolmen accommodations, and snow 
fences, and is authorized to acquire quarry sites, gravel pits, stor- 
age sites, stockpile sites, weighing stations, and broadcasting sta- 
tions, and is further authorized to develop, construct, improve, op- 
erate, and maintain parks, parking places, auto camps, camp sites, 
roadside development, recreational grounds or resorts, and other 
places of attraction and scenic value; and 


WHEREAS, said Highway Commission is authorized to acquire 
by purchase, agreement, donation, or by the exercise of the power of 
eminent domain .eal property, or any interest therein, necessary or 
deemed by the Highway Commission necessary for the accomplishment of 
any and all of the foregoing things; and 


WHERDAS, in the judgment of the Highway Commission the 
several tracts or parcels of land hereinafter described are each and 
all necessary for the specific and particular purposes hereinafter 
specifically set forth; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RIPSOLVED by the 
State Highway Commission as follows: 


1. That the Commission does hereby find and declare that 
the several parcels of real property hereinafter described are each 
and all necessary for the accomplishment of the purposes hereinafter 
expressly and specifically set forth, which said real properties and 
the specific purposes for which the same are being acquired are de- 
scribed as follows, to wit: 


Real property ovmed by The Klamath Development Com- 
pany, which property is located in the northeast quarter 
(NE') of the northwest quarter (NW+) of Section 18, Town- 
ship 38 South, Range 9 East, W.li.3 the southeast quarter 
(SE‘) of the southwest quarter (SW) and the west half 
(w) of the southwest quarter (SW*) of Section 7, Township 
33 South, Range 9 East, W.M,; the east half (E3) of the 
east half (E+) of Section 1, Township 38 South, Range 8 
East, W. Me; the northwest quarter (NW) of the northwest 
quarter (marty of Section 7 and the southwest quarter (SW) 


of the southwest quarter (SW2) of Section 6, Township 38 
South, Range 9 East, W. M,; the northeast quarter (NE) of 
the northeast quarter (NE2) of the southeast quarter (SE) 


further identified in the records of the Highway Comnission 
as file R8694, and which property is being acquired for 
gravel pit and hauling road purposes in connection with 
the Port Orford-Hubbard's Creek Section of the Oregon Coast 
Highway ;# 


Real property owned by the heirs of Oscar Hellenbrand, 
which property is located in Lot 1, Block 5, Breaker's Ad- 
dition to Depoe Bay, situated in Government Lot 4 of Sec- 
tion 8, Towmship 9 South, Range 11 West, W.M., Lincoln 
County, Oregon, and is more particularly described on the 
attached sheets and designated as Parcel No. 23 and is 
further identified in the records of the Highway Commis- 
sion as file R5822, and which property is being acquired 
for right of way purposes in connection with the Boiler 
Bay-Rocky Creek Section of the Oregon Coast Highway;* 


Real. property owned by Alex M. VYonaldson, et al., 
which property is located in Government Lot 1 of Section 
36, Township 2 South, Range 11 West, W.M., Tillamook Coun- 
ty, Oregon, and is more particularly described on the 
attached sheets and designated as Parcel lio. 24 and is 
further identified in the records of the Highway Commis- 
sion as file R3902, aud which property is being acquired 
for a park or recreational area which is adjacent to the 
Oregon Coast Highway;* 


Real property owned by Thomas V. Johnson and Ethel B. 
Johnson, which property is located in the northwest quar- 
ter (NWz) of the northwest quarter (NWi) of Section 8, 
Township 30 South, Range 12 West, W.M., Coos County, Ore- 
gon, and is more particularly described on the attached 
sheets and designated as Parcel No, 25 and is further 
identified in the records of the Highway Commission as 
file R8701, and which property is being acquired for the 
storage of maintenance materials in connection with the 
Powers Secondary Highway at or near sdile Post 5.4;* 


Real property owned by The Frasier Real Estate Hold- 
ing and Loan Company, et al., which property is located 
in Government Lot 7 (Northwest quarter of the Northeast 
quarter) of Section 11, ‘ownship 17 South, Range 1 East, 
WeM., Lane County, Oregon, and is more particularly de- 
seribed on the attached sheets and designated as Parcel 
No» 26 2nd is further identified in the records of the 
Highway Commission as file R8684, and which property is 
being acquired as a source from which to procure road- 
building materials in connection with the Springfield- 
Rlue River Section of the licKenzie Highway;* 
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Real property owned by Harriett Beatrix Hopkins, et 
al., which pro.erty is located in Lot 8, Block 6, of Depoe 
Bay, situated in Section 5, Township 9 South, Range 11 
West, W.ii., Lincoln County, Oregon, and is more particu- 
larly described on the attached sheets and designated as 
Parcel No. 17 and is further identified in the records of 
the Highway Commission as file R4125, and which property 
is being acquired for right of way purposes in connection 
with the Siletz Bay—Newport Section of the Oregon Coast 
Highway ;#* 


Real property owned by Harold Roche, which property 
is located in Government Lot 2 of Section 9, Township 33 
South, Range 15 West, W.M., Curry County, Oregon, and is 
more particularly described on the attached sheets and 
designated as Parcel iio. 18 and is further identified in 
the records of the Highway Commission as file R8696, and 
vhich property is being acquired for right of way purposes 
in connection with the Port Orford-Brush Creek Section of 
the Oregon Coast Highway;* 


Real property owned by Orris Knapp, which property is 
located in Government Lot 1 of Section 4 and in Lot 3 and 
the south 20 feet of Lot 4 of Block.B. B. of Port Orford in 
Section 4, all in Township 33 South, Range 15 West, WeMe, 
Curry County, Oregon, which property is more particularly 
described on the attached sheets and designated as Parcels 
Nos. 19 and 20 and is further identified in the records 
of the Highway Commission as file R2561 A, and which prop- 
erty is being acquired for right of way purposes in con- 
nection with the Port Orford-Brush Creek Section of the 
Oregon Coast Highway;* 


Real property owmed by Orris Knapp and Lloyd Knapp, 
which property is located in Government Lot 2 and in the 
southwest quarter (SW*) of the southeast quarter (SEX) of 
Section 4 and in Government Lot 1 of “ection 9, Township 
33 South, Range 15 West, W.ii., Curry County, Oregon, which 
property is more particularly described on the attached 
sheets and designated as Parcel No. 21 and is further 
identified in the records of the Highway Commission as file 
R 2561 B, and which property is being acquired for right 
of way purposes in connection with the Port Orford—Brush 
Creek Section of the Oregon Coast Highway ;# 


Real property owned by David McKenzie, which property 
is located in the east half (£3) of Section 21 and the 
north half (N3) of the south half (S$) of Section 21, all 
in Township 32 South, Range 15 ‘est, W.ii., Curry County, 
Oregon, which property is more particularly described on 
the attached sheets and designated as Parcel No. 22 and is 


on file in the office of the State Highway Commission, Salem, being 
Resolution No. 7, under the heading "Real Property Condemnation Reso- 
lutions", and said descriptions by this reference are made a part of 
this minute entry to the same extent as if copied in full herein.) 


The Attorney reported on the status of negotiations for purchase of 
the Knapp Hotel property at Port Orford, stating that the owners ask $15,000, 
whereas the state's right of way buyers appraise the property at $9,000. The 
Commission authorized the Attorney to offer 99,000 for the property; however 
gave him authority to settle for as much as $10,000, but authorized him to 
start condemnation proceedings if he could not settle on these terms. 


The Attorney also reported the status of negotiations for the pur- 
chase of Cascadia Park, for which the Comission previously authorized him to 
pay a top figure of $20,000. He advised that the Honorable Willard ijarks, 
attorney for the holders of a $15,000 mortgage on this property, is unable 
to obtain any discount on this mortgage. However, the Baptist Church Conven- 
tion will settle its claim for $4,000 and will remove its buildings from the 
property if the transaction is completed at once, so they can take up their 
option on another piece of property, which option will expire at the end of 
December. In addition to these two amounts, he said, it will be necessary 

, for the Commission to pay to Mr, Giesendorfer, the owmer of the park, the sum 

of 75.00 per month during his life time. The Commission favored an annuity 
policy paying ir. Giesendorfer 375.00 per month, which can be purchased for 
$2,500, making the total cost for the park $21,500, The Commission authorized 
the Attorney to close the transaction at this increased figure of 921,500. 


The Attorney reported that Mr. Joseph D. Sternberg will accept $375 
for right of way through his property at the north entrance to Albany, provid- 
ed the Commission will maintain the old road in front of his property as a 
service road, amd will also maintain the strip of property between the old 
road and the new road as a park area. The Comaission approved this offer and 
adopted the following resolution with regard theretc: 


WHEREAS. in connection with the relocation of the Pacific High- 
way in the vicinity of and through the City of Albany the alignment 
of the said highway between engineer's station 341+00 (old route) on 
the north and engineer's station 349+20 (old route) on the south was 
changed, by which change or alteration the portion of the old high- 
way between said stations will no longer be a part of the right of 
way of the Pacific Highway East proper; and 


WHEREAS, in connection with the said change of alignment the 
State acquired from Joseph D. Sternberg some real proverty; and 


HrNTAS, as a part of the consideration aud agreement with re- 
spect to the acquisition of said real -roperty the said Joseph 4. 
Sternberg was assured that the section of the Pacific Highway Last 
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Real property owned by James G, Watts, et al., which 
property is located in the southwest quarter (sw+) of the 
southeast quarter (Sh) and in the southeast quarter (SE) 
of the southwest quarter (SW4) of Section 12, Township 3 
North, Range 2 West, W.ile, Columbia County, Oregon, and is 
more particularly described on the attached sheets and 
designated as Parcel No. 27 and is further identified in 
the records of the Highway Commission as file R8344, and 
which property is being acquired for right of way purposes 
in connection with the Multnomah County Line-Scappoose 
Section of the Columbia River Highway.# 


2. That the Commission does hereby find and declare that 
each of the said described parcels of real pronverty is necessary 
and acquisition of the same by the State is required for the specif- 
ic purposes hereinabove set forth, and the said properties are being 
acquired for the express and specific purposes in this resolution 
set forth. 


3. That the State Highway Engineer be and he hereby is 
instructed and directed to make or cause to be made all surveys 
necessary in connection with the determination, description, and ac- 
quisition of said real properties and said Engineer is further in- 
structed to prepare and submit to the Legal Department necessary 
and adequate descriptions of the said real properties, which said 
descriptions shall be available for the preparation of any deed or 
deeds or other instrument or instruments necessary to complete the 
acquisition of said property or properties, whether said properties 
be acquired by purchase, donation, agreement, or by the exercise of 
the power of eminent domain, 


4. That I. H. Van Winkle, Attorney General of the State 
of Oregon, and J. M. Devers, Assistant Attorney General and Attorney 
for the State Highway Commission, be and they are hereby requested, 
authorized, and directed to attempt to agree with the owner or own- 
ers and/or with the tenants or persons in possession, if there be any, 
of said parcel or parcels of land with respect to the compensation 
to be paid for the taking of the same and the damage, if there be 
any, and in the event that no satisfactory agreement or agreements 
can be reached, then it is hereby further resolved that the Attorney 
General of the State of Oregon and J. M. Devers, Assistant Attorney 
General and Attorney for the State Highway Commission, be and they 
hereby are requested to commence and prosecute to a final determina- 
tion such suit or action, or suits or actions, as may be necessary 
and appropriate to acquire title to the said »-remises and all rights 
therein for the purposes herein stated. 


5. That this resolution be entered in full in the minutes 
and records of this Commission. 


“fhe detailed descriptions of the respective parcels of real property 
mentioned in this resolution are attached to the original resolution 
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The Engineer requested authority to make a location survey for the 
Fish Hawk Falls cut-off, between the Wolf Creek Highway and the Nehalem Sec- 
ondary Highway, in Clatsop County, in which project, he said, the WsP.A. and 
the Army are very interested, The survey was authorized, 


Commissioner Oliver requested estimates of cost to complete the 

Ochoco Highway and the John Day Highway east of John Day; also, the cost to 
complete the Prineville-jiadras Secondary Highway and the John Day Highway be- 
tween John Day and Arlington. He suggested that the Dixie Mountain Section 
of the John Day Highway should be given priority status in the construction 
program, Mr, Oliver also asked for an estimate of cost to construct a road 
between Antelope and Mitchell. The Engineer was instructed to submit to the 
Commission estimates of the cost for each of these sections. 


Don Peoples, Secretary of the Bend Chamber of Commerce, was present 
and inquired whether or not the Commission has received any definite informa- 
tion with respect to the expenditure of current federal aid funds, and was 
informed by the Chairman that the Comaission has had no word from the govern- 
ment as yet. 


The Attorney renorted that the Donneville Power Administration has 
requested an easement from the Comnission for additional right of way needed 
for a power line in the vicinity of Hood River, stating that there is a small 
fragment of land severed from the state's park property by the first easement 
given the Bonneville Authority, and that they wish to include this piece in 
their right of way. Upon the Attorney's recomnendation and that of the State 
Parks Superintendent the Commission approved the granting of such easement. 


The Attorney read aloud a letter from City iamager J. L. Franzen, 
of Oregon City, requesting authority for the city to construct a public dock 
in the Willamette River, to be moored to state highway property in that city. 
ur. Franzen's letter suggested a floating dock about 12' wide and 50' to 100! 
long, constructed of logs floored with timbers and tied to the bank with ropes 
or cables. The Fngineer advised that this letter is evidently an answer to 
his letter of inquiry to Mr. Franzen on this subject and recommended that the 
Commission give the city authority to construct and maintain this dock for an 
indefinite period, He also suggested that the Attorney be instructed to draw 
a lease covering the matter and permitting the city to make a small charge 
for the mooring of pleasure boats but prohibiting the mooring of house boats, 
and including a stipulation that the type and design of the dock must fit in 
with the surroundings. The Commission approved the granting of the request 
as outlined by the Engineer. 


The Commission discussed the matter of constructing cattle guards 
on state highways in the stock districts, and the advisability of securing 
legislation authorizing the Commission to construct such cattle guards if 
needed for public protection. The Attorney advised that the counties now 
have such authority on county roads, and that the government grazing offi- 
cials are asking the privilege of building them on state highways. Commis- 
sioner Oliver gave as his opinion that cattle guards painted on the highway 
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between said termini would be maintained for the service of property 
abutting thereon, and it was further agreed that the land lying be- 
tween the right of way of tne old section of the Pacific Highway 
East and the right of way of the new alignment would be preserved by 
the State for public use only. 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the Commis- 
sion, all members being present and affirmatively voting, as follows: 


1. That the section of the Pacific Highway East as hereto- 
fore located, improved, and used for public traffic between said 
highway engineer's station 341+00 and said highway engineer's sta- 
tion 349+20 be and said section of highway shall be maintained by 
the State as a service road to serve the properties abutting there- 
on and which do not have direct access to the new highway, and that 
said service road shall be properly and adequately connected with 
the new alignment of the Pacific Highway East. 


2. That the land or area lying between the westerly right of 
way line of the former location of said highway between said sta- 
tions and the easterly boundary right of way line of the new Pacif- 
ic Highway Past location shall be landscaped and maintained for 
public use only and shall not be devoted to or used for any private 
or cownercial use or purpose. 


3. That this resolution be entered in the minutes and records 
of the Commission and the Secretary be instructed to mail to Joseph 
D. Sternberg a duly certified copy thereof. 


4. That there is attached hereto and made a part hereof a blue- 
print on which is shown the Pacific Highway East as now located be- 
tween said engineer's stations and the Pacific Highway East as form- 
erly located between said stations, and there is also shown on the 
said map the area between said two highway right of way lines.* 


The Commission adjourned at 12:15 p. m. and reconvened in the same 


at 1:30 p. m. with the sane persons participating. 


The Engineer requested authority tc purchase a crusher for use on 


the Wilson River Highway 4.P.A. project and several trucks for use on the 


Yolf 


Creek Highway /.P.A. project. It was his thought that. small trucks would 


suffice because they could be used by the state later on when the '/.P.A. no 


longer requires them. The Commission authorized the Engineer to secure bids 


for a crusher costing between $6,000 and $12,000 and the necessary trucks; the 


type, 


¥ap 


kind and number of trucks to be left to Chairman Cabell's decision. 
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He estimated the cost of the work at 9277.50. After discussion the Commis— 
eion approved by unanimous vote the recommendation for such expenditure sub- 
ject to the condition that Mr, Roy will sign a statement relieving the state 
from any further liability in the matter, 


The Attorney reported that Mr. 0. D. Keiffer, who resides near 
Grubb College, Polk County, wishes to lease approximateiy six acres of state 
owned land adjoining his farm for a period of three years beginning next fall, 
and has offered to pay $25 per year rental for the same, The Engineer rec- 
ommended acceptance of the offer if the amount thereof is equivalent to the 
tax that would have to be paid on the property if it were on the tax roll. 
The Commission authorized the leasing of the property to Mr. Keiffer at $25 
per year if such amount meets the condition suggested by the Engineer, 


The State Parks Superintendent reported that he has received re- 
quests from various publie-spirited citizens and civic organizations that 
the State Highway Commission acquire certain privately-owned wayside timber 
strips located within forest reserves. One of these tracts, he said, lies 
adjacent to the Willamette Highway, one is along the South Santiam Highway, 
and another is along the Netarts Secondary Highway, He gave as his thought 
that it is an obligation of the Federal Government to acquire privately-owned 
tracts within the government reserves and recommended denial of the requests. 
The Commission concurred in this thought and instructed the State Parks Super- 
intendent to so reply to all such requests received hereafter, 


The State Parks Superintendent presented an offer from Mr. Chester 
J, Ireland to sell to the state, for the sum of $400, a nine-acre tract of 
cut-over land just south of Ecola State Park in Clatsop County. The Commis- 
sion refused the offer, 


The State Parks Superintendent reported on the proposed enlargement 
of "The Cove" Park area, near Metolius, in Jefferson County. He said that 
Jefferson County asks $3.00 per acre for one county-owned tract containing 
160 acres, and $2,00 per acre for another tract; the State Land Board asks 
$2.50 per acre, which is their minimum price, for a 320-acre tract. He point- 
ed out that the Commission now has 4,000 acres leased from the government, for 
which it is paying $10 per year, and advised that it would be necessary, in 
order to control the whole rim, to purchase the privately-owned property of a 
Mr, Boegli, located on the Crooked River, He estimated that a total expendi- 
ture of $20,000 would be required to give the state control of the entire rin. 
The Commission deferred a decision on this matter until it knows approximately 
how much it will have to pay for the privately-owned property. 


The Commission authorized the purchase of an 83-acre tract, situate 
adjacent to the Oregon Coast Highway, near Arch Cape Tunnel, in Clatsop Coun- 
ty, from W, C, Calder, of Baker, Oregon, at his price of $25 per acre, or 4 
total of $2,075, such purchase being recommended by the Parks Superintendent. 


In this connection the Engineer reported that Mr. Calder has refused 
the state's offer of $1,500 to settle the controversy between him and the Com- 
mission with respect to land he owns below the highway at this point, which 
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are of no value, and pointed out that if legislation permitting construction 
of such cattle guards existed, the demand for them might be quite large. 
Chairman Cabell questioned the advisability of the Commission assuming sponsor- 
ship of needed legislation. After discussion the Commission instructed the 
Attorney to prepare a bill covering the matter and to submit a copy of the 
same to each of the Commissioners for study. 


The Attorney reported on the Hartman Abstract Company's bill for 
furnishing title reports, which matter has been before the Commission previ-~- 
ously, and recomended that the bill be returned to them. The Commission in- 
structed the Attorney that its previous decision is final and to settle the 
account on the basis of 7.50 per title search. 
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The Attorney reported that an opinion rendered by the Attorney Gen- 
eral states that where only the names of the newspapers, such as "Journal" and 
"Oregonian", appear on tube boxes and other receptacles used for the conveni- 
ence of subscribers to newspapers, such names do not constitute advertising 
within the prohibitory provisions of Section 14-8, 131, Oregon Code, 1930. He 
emphasized, however, that the opinion is limited to the use of such containers 
for the purposes and in the manner only stated aboye. llo action was taken by 
the Commission. 
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The Attorney brought up for discussion the purchase of the Coleman 
property at the north end of the Coos Bay Bridge. After discussion the Com- 
mission authorized purchase of this property for the protection of the bridge- 
nead, if it can be obtained at reasonable cost. 


The Attorney reported a request from Mr, George W. Rhoades for a 
third point of access from his property to the highway at Scappoose. He ex~ 
plained that Mr. Rhoades understood, in the right of way negotiations, that he 
was to have three points of access, whereas the state has allowed him only two, 
and he has offered to reduce the price of right of way taken from him in the 
amount of $25 if the Commission will let him have access at the third point. 
The Commission approved the request on such basis, 
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The Attorney presented a claim from Maurice G. Roy, Pilot Rock, for 
damage to his property by reason of a change in grade of the Oregon-Washington 
Highway at Pilot Rock. iir. Roy alleges that when the highway was rebuilt at 
this place the grade line was set several feet above the grade line of the 
old highway which rendered his property valueless for service station purposes 
for which it was being used, and he found it more economical to move his sta- 
tion across the street than to fill in the old location; further, that in omer 
to. provide satisfactory access to such new location the highway drainage ditch 
must be filled in, which will necessitate the installation of 105 feet of cul- 
vert pipe and a concrete catch basin, The Engineer advised that this matter 
has been investigated by Division Engineer Williams who reports that lir, Roy's 
property was considerably damaged by reason of the change in the highway grade 
and that access to his garage was rendered very difficult; further that ifr. 
Williams is of the opinion that ir. Roy's claim is a just one and recommends 
approval of the things requested by Mr. Roy, in which recommendation he concurs. 
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"Gooserock Drid.e over the John Day River on the John Day 
Vighway, in Grant County. Averill & Corbin, Portland, submitted 
the low bid for this work, in the amount of 142,840. Vernon Bros. 
Co., Boise, Idaho, submitted the next low bid, in the amount of 
43,329. There were four higher bidders. This contract: is award- 
ed to Averill & Corbin, the low bidders, at their bid of $42,840. 


"Kerby Rock Production Project on the Redwood and Oregon Caves 
Highways, in Josephine County. Furnish approximately 11,700 cu. yds. 
crushed gravel in stock pile. M. C, Lininger & Son, Ashland, sub- 
mitted the low bid, in the amount of $14,670. A. S. Wallace, Rose- 
burg, submitted the next low bid, in the amount of $15,680, There 
were two higher bidders. The Commission refers all bids received 
for this work to the Fngineer with power to award the contract to 
the low bidder, ii. C. Lininger & Son, when certain conditions have 
been fulfilled. 


"South Unit, Algoma-Terminal City Section of The Dalles-Cal- 
ifornia Highway, in Klamath County. 3.56 miles grading and 0.64 
mile topping. Frank Penepacker, Portland, submitted the low bid 
for this work, in the amount of $92,428. Sam Orino, Portland, 
submitted the next low bid, in the amount of $100,031. There 
were ten higher bidders. The Commission refers all bids received 
for this work to the Engineer with power to award the contract to 
the low bidder, Frank Penepacker, when certain conditions have been 
fulfilled. 


"Forest Boundary-Cottonvood Creek section of the Klamath Falls- 
Laleeview Fighway, in Lake County. 4e3 miles grading, surfacing and 
oiling; also construction of two composite type pile trestle bridges 
and three concrete culverts. Fisher Bros., Oregon City, submitted 
the low bid for this work, in the amount of 116,994. M. L. O'Neil 
& Son, John Day, submitted the next low bid, in the amount of 
$121,611. There were eight higher bidders. This contract is award- 
ed to Fisher Bros., the low bidders, at their bid of $116,994.00. 


"Hendricks Bridge-Silver Creek Rock Production Project on the 
MeKenzie Highway, in Lane County. Furnish approximately 8,000 cu. 
yds, crushed gravel in stock pile. iM. L. O'Neil & Son, John Day, 
submitted the low bid for this work, in the amount of 312, 663.60. 
Ransom Sand & Gravel Company, Eugene, submitted the next low bid, 
in the amount of #14,071.80. There were four higher bidders. The 
Commission refers all bids received for this work to the Dngineer 
with power to award the contract to the low bidder, M. L. O'Neil & 
Son, when certain conditions have been fulfilied. 


"Materials Testing Laboratory Building at Salem, in Marion 
County. Construct 2-story, reinforced concrete building, includ- 
ing heating plant and aopurtenances. Approximate size, 112'*x 120'. 
L. B. James, Portland, submitted the low bid for this work, in the 
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land was danaged by the sliding of a highway embankment, The Commission decid- 


ed to take no acti 
pol My on on this matter, believing that the next move is up to Mr. 


The State Parks Superintendent submitted a lette 
Department of the Interior in which Mr. Newton B. mvaing - themes a 
National Parks Service, advises that he expects to be in Portland on January 
2, and would like to discuss park matters with ir. Boardman and Chairman Cabell 
3» sivnan Cabell stated that he would be pleased to talk to mr. Drury and asked 
the Parks Superintendent to contact him a day or two before Nr. Drury'ts visit. 


The Engineer reported that he has written the Public Road 

s Adminis- 
tration askin, for its requirements that are to govern the expenditure of fed- 
eral aid moneys for the purchase of timbered wayside strips, but to date has 


received no reply. He was instructed by the 
regulations. y Comnission to again write for the 


The State Parks Superintendent reported the cutting of some fifty 
or more Christmas trees on the wayside strip of cut-over lands on the Salmon 
River Highway by several Grand Ronde Indians. He advised that the caretaker 
stopped this destruction and, at the Park Superintendent 's instruction, gave 
the Christmas trees already cut to the Salvation Army. lo action was taken 
by the Commission on this matter. 


The Engineer recomsended that the State Parks Superintendent submit 
a financial statement at each Commission meeting showing the status of the 
park budget, as is done by the right of way department. This recommendation 
met with the epproval of the Commission end it was so ordered. 


At 3:00 p. m. Chairman Cabell announced the following awards of con- 
tracts, bids for which were taken at the morning session, such awards having 
been previously approved by the Commission by unanimous vote: 


"Svensen-Goble Rock Production Project on the Columbia River 
Highway in Clatsop and Columbia Counties. Furnish approximately 
8,000 cu. yds. crushed rock in stock pile. 

Astoria, submitted the 

415,200.00. A. S. Wallace, Roseburg, 

in the amount of 916,800.00. There were 

Commission refers all bids received for this work to the Engineer 
with power to award the contract to the Tidepoint Company, the low 
bidder, when certain conditions have been fulfilled. 


"Hoffman Bridge-Grants Creek Section of the Powers Secondary 
Highway, in Coos County. 8.0 miles surfacing and oiling. 0. Ue 
Yocom, \/illamina, submitted the low bid for this work, in the amount 
of 430,000. Babler Bros., Portland, submitted the next low bid, in 
the amount of 30,555. There were three higher bidders. The Com- 
mission refers all bids received for this work to the Engineer with 
power to award the contract to the low bidder, 0. C. Yocom, when 
certain conditions have been fulfilled. 
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winter season. He estimated the number of cars that would use this highway 
at twenty per day, and the cost to remove snow during the months of December, 
January, February and March at $616. He recommended approval of the com- 
pany's request and the posting of the road for a 50% reduced load limit be- 
tween M.P. 38.55 and U.P. 45.53. After discussion the Commission authorized 
the Engineer to conduct snow removal operations on this highway for a period 
of one month, after which time Division Engineer Lytle and Comaissioner Clough 
are to inspect the road and ascertain whether or not they should be continued, 
The Cormission also ordered a 50% reduced load limit for the section between 
u.P. 38.55 and M.P. 45.53. The following resolution in regard thereto was 
adopted by the Commission by unanimous vote: 


WHEREAS, the following road or highway has been designated 
and declared to be and is a state highway, and has been improved and 
is being maintained by the State Highway Commission pursuant to the 
laws of the State of Oregon as a state highway, to-wit: 


TILLER-TRAIL SECONDARY STATE HIGHWAY 


AND WHEREAS, the said above-named state highway is, in the 
judgment of the State Highway Commission, being subjected to a kind 
and character of traffic which is damaging and injuring the said 
highway, and, in order to protect said highway against such damage 
and injury, it is deemed and is the judgment of the Highway Commis- 
sion and said Commission finds that it will be for the best interests 
of the said highway that the maximum weights permitted and authorized 
by law be reduced: 


NOW, THEREFORE, the premises being in part as above stated, 
and the State Highway Commission having, as a result of due investi- 
gation, found that the road above mentioned and hereinafter designat- 
ed is being damaged and injured on account of the kind and character 
of traffic now being hauled over and upon said road; and, by reason 
of the fact that vehicles carrying maximum loads moved at the maximum 
speeds specified by the provisions of the laws of the State of Oregon 
are breaking up, damaging and deteriorating the said road, 


IT IS HEREBY ORDERED, that the maximun weight of combined 
load and vehicle which shall be permitted upon the within-named road 
shall not exceed the weight herein fixed. 


The maximum weights which shall apply to the following 
highway, to-wit: 


TILLER-TRAIL SECONDARY STATE HIGHWAY between mile post 
38.55 and mile post 45.53, in Jackson County, 


Shall be as follows: the combined weight in pounds bearing on the 
surface of the highway at contact with the tread of the wheels of 
tne front axle of a truck or truck-tractor shall not exceed the 
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amount of $88,918. Birkemeier & Saremal, Portland, submitted the next 
low bid, in the amount of $89,359. There were six higher bidders. 
This contract is awarded to L. B. James, the low bidder, at his bid 
of $88,918. 


*Boardman-Unatilla County Line Section of the Old Oregon Trail, 
(Boardman-Stanfield cutoff), in Morrow County. 13.94 miles grading 
and topping. Frank Penepacker, Portland, submitted the low bid for 
this work, in the amount of 497,365. Clifton & Applegate, Spokane, 
“ashington, submitted the next low bid, in the amount of 497,948, 
There were nineteen higher bidders. The Commission refers all bids 
received for this work to the Engineer with power to award the con- 
tract to the low bidder, Frank Penepacker, when certain conditions 
have been fulfilled, 


"Hawthorne Bridge Approach, in ijultnomah County. Frank Watt 
Construction Company, Portland, submitted the low bid for this work, 
in the amount of $25,670. Birkemeier & Saremal, Tortland, submitted 
the next low bid, in the amount of ,29,115, There were five higher 
bidders, The Commission refers all bids received for this work to 
the Engineer with power to award the contract to the low bidder, 
Frank Watt Construction Company, when certain conditions have been 
fulfilled." 


The Engineer read aloud his letter directed to the Lane County Court 
in regard to removing the lower end of the Swisshome Secondary Highway from 
the state secondary highway system and substituting therefor a portion of 
Route "F", between Eugene and Veneta. He recalled that the Commission some 
time ago agreed to pay one-third of the cost of improving the Swisshome~San 
Antone Creek Section of this highway to make it usable by logging traffic, 
if the county and the logging company would pay the balance, and provided 
further that the county would agree to such substitution of sections. He 
asked the Commission to confirm such action so the exchange of roads can be 
made at once, as the county is anxious to proceed with the improvement work. 
The Commission approved the letter with a slight revision, and confirmed the 
arrangement previously made with respect to this project. 


The Engineer reported that the cost of constructing and maintaining 
a new embankment on The Dalles-California Highway, near Algoma in Klamath Coun- 
ty, necessitated by the breaking of the power company's dikes, amounted to 
643,188.15. As a part of this cost might be considered an investment in better 
location, he requested advice as to the Commission's attitude in regard to in- 
stigating suit against the power company for the full amount of the expendi~ 
ture. The Commission approved claiming the full amount and instructed the 
Engineer to furnish the Attorney proper data for instituting this suit. 


The Ungineer reported on a request from the Tiller Lumber Company 
that the Commission keep the Tiller-Trail Highway open for traffic during the 
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The Engineer reported that investigation of the drift fences along 
the John Day Highway, in Baker County, which the grazing men of that section 
are asking the Highway Comaission to maintain, are nearly all located along 
private lands. However, there is one section 250 rods in length within the 
National Forest which needs rebuilding at once, the estimated expenditure 
being #250. He recommended that the state continue to maintain the fences 
along public lands. The Commission asked that the Engineer furnish Commis- 
sioner Oliver with a resume of this subject, that he might make an investiga- 
tion and recommendations to the Commission at a later date. 


The Traffic Engineer read aloud and explained the special regula- 
tions, governing the transportation of logs, poles or piling, by motor trucks, 
formulated by representatives of the State Highway Commission and the Public 
Utilities Commissioner, aud approved by the Department of State Police, the 
Industrial Accident Commission and the State Labor Commissioner. The Commis- 
sion adopted the regulations and instructed the Engineer to see that each 
holder of a log-hauling permit was furnished with several copies. 


The Engineer reported that log haulers are asking that the Commis- 
sion include in the new log-hauling regulations provisions for hauling after 
jark. The Commission instructed the Ungineer to investigate the manner in 
which hauling after dark is being regulated by the State of Washington, and 
make a report at the next meeting. 


The “ngineer reported that stand-by motors and generators, diesel- 
powered, for the operation of the Highway Commission's radio stations at 
Salem, La Grande and Klamath Falls, are estimated to cost $2,250 each, or a 
total of 56,750. The Commission decided against purchase of such equipment 
at this tine. 


The Engineer reported that no recent survey has been made for the 
Fike Undercrossing in Hood River County, and that the lowest estimate, based 
on an old report, is $100,000. lir. Lynch, of the Bureau of Public Roads, 
thought that probably. this work would be eligible for federal aid money. The 
Engineer recommended that the project be included either in the grade cross- 
ing elimination program for the next two years or in the next state program. 
The Commission instructed the Engineer to make a new survey and estimate as 
soon as possible at which time action would be taken. 


The Engineer recomnended that the board sidewalks in Cannon Beach 
be maintained until such time as it is determined that the Highway Commis- 
sion's liability no longer exists. He also recommended that the requests for 
walks through Tolovana Park and within the city of Toledo be included in the 
Traffic Engineer's general survey and estimate for sidewalks throughout the 
state, The Engineer's recommendation was approved by the Commission. 


The Engineer reported on the cost to improve the Alsea-Deadwood 
Highway, He said that this is a very expensive project and suggested that 
an attert be made to trade this secondary highway back to the county for a 
more worthy road. The Commission approved this suggestion and instructed the 
Engineer to contact the county court in regard thereto. 
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product of four hundred (400) multiplied by the sum in inches of the 
tire width of the wheels of such axle; and, the combined weight in 
pounds bearing on the surface of the highway at contact with the 
tread of the wheels of any one axle of a vehicle or combination of 
vehicles, other than the front axle of a truck or truck-tractor, 
shall not exceed the product of three hundred (300) multiplied by 
tie sun in inches of the tire width of the wheels of such axle; but, 
in no event shall the combined weight in pounds bearing on the sur- 
face of the highway at contact with the tread of the wheels of any 
one axle of a vehicle exceed the maximum limit set by law for any 
one axle, 


IT IS FURTHER ORDURED, that these rules and regulations as 
aade and found by the State Highway Commission under the provisions 
of Section 55-2707, Orecon Code 1935 Supplement, shall be in full 
force and effect until modified, annulled or voided by the order of 
the State !lighway Commission. 


AND IT IS FURTIDOIP ORDERED, that a notice be posted in a 
cons»icuous manner and place: at each end of the above-named section 
of said highway and at important crossroads on said highway so that 
said notice can be readily seen and read, which said notice shall 
state plainly the limitations and prohibitions of traffic hereby in 
this order determined and fixed. 


AND BE IT FURTHER ORDERDD, that certified copies of this 
order be furnished the County Clerk of Jackson County, in which 
cowity said section of said highway is located, and the Superintendent 
of the Department of State Police for his information. 


The Engineer reported on the cost to improve the Oregon Coast High- 
way through the town of Ocean Lake. He estimated such cost, based on a 60- 
foot right of way, at ‘24,233. lo action was taken by the Commission on this 
natter. 


The Engineer reported that he had contacted Stevens & Koon, Consult- 
ing Engineersof Portland, who are in charge of the survey work for the pro- 
posed government ammunition dunp south of Umatilla, and found no conflict with 
the state's plans for co:ustruction of the proposed highway between Boardman 


The Commission reinstated the log hauling vemit of Dale Lloyd Dixon 
on the recommendation of the Secretary. 


The Engineer reported on the operations of the pavement patehing 
plants for the year, and »ointed out that the new equipment purchased is much 
safer that the old, The report was orderzd filed. 
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during July and August, 1941, the student delegates to pay their own expenses 
but to reeeive their regular salaries while in attendance. The Commission 
approved this recommendation, 


No action was taken by the Commission on the request of the Park- 
rose Lions Club for permission to place a Lions Club sign near N. E, 122d and 
Sandy Boulevard; however the Sngineer was instructed to investigate the de- 
sirability of placing signs near this intersection and report to the Commis- 
sion at a later date. 


The Commission deferred action in regard to a 10-inch farm drain 
tile installed by a Mr. John Ediger under a farm road approach to the Salem- 
Dallas Highway pending receipt of information from other state highway de- 
partments as to the practice followed by them in such matters. The Engineer 
was instructed to obtain such information as soon as possible. 


The Commission discussed but took no action on the suggestion of 
the Penn Timber Company that the Highway Commission purchase portions of their 
holdings along the Willamette Highway,between Goshen and Oakridge, as wayside 
strips. 


A request from Goodwin and Briggs, logging contractors, hyrtle 
Point, for the straightening of a number of bad curves on the Coos Bay-Rose- 
burg Highway, was denied by the Commission, Chairman Cabell instructed the 
Secretary to inform these gentlemen that the Commission is improving the more 
deserving highways first, and that it might become necessary for the Commis- 
sion to prohibit log hauling on this highway, in the interests of public 
safety, if conditions are such as they allege. 


The Engineer presented a letter from the Gem Collectors Club, 
Seattle, Washington, in which the Highway Commission was asked to discon- 
tinue the taking of gravel from Oregon beaches for construction projects, 
and to prohibit others from doing so, because of the value of the agate- 
bearing gravels from the tourist standpoint. Discussion of this subject 
brought out the fact that jurisdiction of the Highway Commission over the 
beaches is in doubt. The Commission asked the Attorney to prepare a legis- 
lative bill giving the Highway Commission regulatory control over the Oregon 
beaches but vesting proprietory interest in the State Land Board. 


A request from the Fletcher Oil Company for permission to attach 
sanding equipment to their oil trucks without reducing their transported load 
to offset the weight of the equipment was granted by the Commission, in view 
of pending legislation that will take care of this matter hereafter. 


The Engineer reported briefly on matters pertaining to the construc 
tion of the Oregon Coast Highway through the town of Gold Beach, but no action 
was taken thereon by the Commission. 


The Engineer recommended. the abandonment of portions of the Prine- 
ville-Marks Creek Section of the Ochoco Highway, in Crook County, and a 


. 


The Cormission denied the application of the Sumpter Womants Club 
for widening of the Boulder Gorge Section of the Sumpter Valley Secondary 
Highway in Baker County. : 


The Engineer recomended that the Highway Commission allocate an ad- 
ditional {70,000 for oiling a fifteen-mile section of the \/ilson Kiver Highway, 
there being 30,000 already set up for this section, and that an additional 
sun of $45,000 be allocated for oiling work on the Wolf Creek Highway, for 
which there is nothing set up at present. le placed the tentative date for 
the dedication of the Wilson River Pighway at Seotember 15, 1941, and advised 
that the .P.A. organization will spend no money on a section of highway after 
it is dedicated. The Commission approved the allocation of $115,000, as de- 
tailed above, 


The Commission approved renewal of last year's agreement with the U.S. 
Forestry Department for maintenance of the Timberline Lodge Road. 


The Commission approved the request of the D.A.R. for permission to 
erect a memorial plaque to Madam Dorian, in the Vista House, upon the Engi- 
neer's report that Mr. Walter Meacham and ifr. Lewis A. wiecArthur had approved 
this request. 
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The Assistant Chief Engineer reported that the three historical 
markers for Oregon City would cost about 200 each, The Commission approved 
an expenditure for the erection of these markers. 


The Commission referred the request of the State Music Teachers 
\ssociation, for permission to erect a monument to the memory of H. Theophilus 
Finck in the city of Aurora,to the State Historical Society for recommendation. 


PLATS PEED 


The Commission approved an expenditure of 392,000 for the purchase 
of traffic-line lacquer as follows for the 1941 season: 5,500 gallons of 
beaded traffic-line lacquer at 3.20 per gallon, or a total of $17,600; 
58,000 gallons of standard yellow lacquer at $1.20 per gallon, or a total of 
£69,600; 4,000 gallons of standard white lacquer at 41,20 per gallon, or a 
total of $4,800; 1,500 gallons of thinner at 60¢ per gallon, 900. 


— 


The Commission approved the request of the Salem Electric Coopera- 
tive Association to construct a pole line along the Salem-Dallas Highway near 
the “dllamette River bridge, in West Salem, on the basis of their Plan #1, 
which contemplates the placement of poles on the northerly right of way line 
of the highway up to the west bank of the river, where it will cross the river 
with a long span on high poles, and connect with another pole line on Marion 
Street, Salem. The Secretary was authorized to issue a permit as soon as an 
g0-foot right of way along this section has been obtained. The Attorney was 
instructed to negotiate for a right of way of such width. 


at | SLD IT Sk BW 


| 
4 
: 


Lf De OI 


The Engineer recommended that the Commission permit two delegates 
to attend the National Institute for Traffic Safety Training, to be held on 
the campus of the University of California for a period of about two weeks 


the traveling public, but are adjacent to and abut upon the said 
right of way, which parcels are shown shaded in yellow on the 
attached print, shall be preserved by the Highway Commission for 
such other public use as said land may serve in connection with 
the construction, improvement, and maintenance of said highway or 
the use of the same, which said parcels or fragments of land are 
described as follows, to wit: 


All those certain parts of the old right of way of the 
Prineville-warks Creek Section of the Ochoco Highway, lying on each 
side of the right of way required for the reconstructed Ochoco High- 
way fron the east city limits of Prineville located on the north 
and south center line of Section 5, Zowmship 15 South, Range 16 
East to the east line of Section 21, Township 14 South, Range 18 
East, W.M., Crook County, Oregon. The beginning and ending points 
of each section to be retained with reference to the location and 
the engineer's stations of the reconstructed highway are described 
as follows: 


Station 121+00 to Station 136+00 on the northerly side of center line 
Station 255+00 to Station 262+00 on the northerly side of center line 
Station 78+00 to Station 117+00 on the southerly side of center line 
Station 118+00 to Station 126+00 on the northerly side of center line 
Station 132+00 to Station 145+00 on the southerly side of center line 
Station 327+00 to Station 345+00 on the northerly side of center line 


2, That the fragments of land confined within the area 
hereinafter described and designated as the parcels of land to be 
abandoned, which fragments were formerly within the limits of the 
right of way of the Prineville-iiarks Creek Section of the Ochoco 
Highway, be and said fragments of land are abandoned as a part of 
the right of way of said highway, and said fragments of right of way 
are, so far as control and supervision of this Commission are con- 
cerned, left to revert to the adjoining and abutting property omers 
or to the control and supervision of the County Court of Crook Coun- 
ty. The fragments of land to be abandoned are described as follows, 


to wit: 


All those certain parts of the old right of way of the 
Prineville-jiarks Creek Section of the Ochoco Highway, lying on each 
side of the right of way required for the reconstructed Ochoco High- 
way from the east city limits of Prineville located on the north and 
south center line of Section 5, Township 15 South, Range 16 East to 
the east line of Section 21, Township 14 South, Range 18 East, W.ji., 
Crook County, Oregon, the beginning and ending points of which sec- 
tions to be abandoned with reference to the location and the engi- 
neer's stations of the reconstructed highway are described as follows: 


Station 25+00 to Station 2900 on the northerly side of center line 
Station 26650 to Statdon 36+25 on the northerly side of center line 
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portion of the Salem-Prinjle Creek Section of the Pacific Highway East, in 
Marion County, where these highways have been reconstructed on new alignment 
rendering the old sections valueless from the state highway standpoint. The 
Commission approved the recommendation, and by unanimous vote adopted the fol- 
lowing resolutions in regard tiuereto: 


“HEREAS, in order to afford a better alignment and a more 
satisfactory, safe and convenient highway for the traveling public 
the “ighway Commission found it necessary to relocate portions of 
the ~rineville-idarks Creek Section of the Ochoco Highway in Crook 
County; and 


JHEREAS, by reason of said relocation and reconstruction of 
said section of said highway there have been eliminated from the main 
travelled portion of said highway certain sections or fragments of 
land, which said sections or fragments of land are more specifically 
defined and described hereinafter in this resolution and are reflect- 
ed on a print, marked "Exhibit A", a copy of which is attached here- 
to and made a part hereof; and ~ 


THEUREAS, while those sections hereinafter described as the 
parcels to be retained and shown in yellow on the attached print are 
not required for use as a part of the main or travelled section of 
the highway, nevertheless the same are required, can be used, and are 
essential for other public purposes, to wit: storage purposes, park- 
ing area and other nublic uses in comnection with said highway; and 


VHEREAS, it is the judgment and opinion of the Commission 
that there should be recorded in the minutes and records of the Com 
mission its pur»vose and plan to preserve for public use in connec- 
tion with said highway the fragments or parcels of land hereinafter 
described as the parcels to be retained and shown in yellow on the 
attached print; and 


WHEREAS, it is the judgment and opinion of the Commission 
that there should be recorded in the minutes and records of this Com- 
mission the puroose and plan of the Commission to abandon as parts 
of the state highway system certain portions of the highway elimin- 
ated from the main travelled portion of said highway, which sections 
are made unnecessary as a part of the completed highway and are 
shown shaded in red on the attached print or map. 


NOW, THEREFORE, the premises being in general as above 
stated, it hereby is resolved by this Commission, all members being 
present and affirmatively participating, as follows: 


1. The fragments or parcels of land which heretofore were 
within the right of way proper of the Prineville-Marks Creek Section 
of the Ochoco Highway but which by reason of a relocation or realign- 
ment of said highway are now without the area improved and used by 
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WHEREAS, in order to afford a better alignment and a more 
satisfactory, safe and convenient highway for the traveling public, 
the Comnission found it necessary to relocate a portion of the Salem- 
aan Creek Section of the Pacific Yighway East in marion County; 
an 


; 
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WHEREAS, by reason of said relocation and reconstruction 
of the said section of said highway there was eliminated and made 
unnecessary as a part of the permanent highway a certain section or 
part thereof, which section is more specifically defined and desig- 
nated hereinafter in this resolution; and 


WHEREAS, it is the judgment and opinion of the Comnission 
that there should be recorded in the minutes and records of the Com- 
mission its purpose and plan to abandon as a part of the said state 
highway the fragment or portion of right of way hereinafter desig- 
nated and heretofore included within the area of the right of way 
of the said highway as formerly located, improved and used; 


NOW, THEREFORE, the premises being in general as above 
stated, it hereby is resolved by this Commission, all members be- 
ing present and affirmatively participating, as follows: 


1. That the fragment of land confined within the area of 
land hereinafter designated, which fragment or parcel of land was 
formerly within the limits of the right of way of the Salem—Pringle 
Creek Section of the Pacific Highway East in iarion County but is 
now without the limits of the right of way of said highway, as said 
highway has been relocated and constructed, be and said fragment or 
parcel of land or portion of the old right of way is abandoned as a 
part of the right of way of said highway, and said fragment or par- 
cel of land or old right of way is, so far as control and supervi- 
sion by this Comaission is concerned, eliminated and left to revert 
to the adjoining and abutting property owners or to the control and 
supervision of the County Court of uarion County for highway or 
other public purposes, as the Court may determine. The fragment or 
parcel of land affected by this resolution is defined and described 
as follows, to-wit: 


All that certain section of the old right of way of 
the Salem-Pringle Creek Section of the Pacific Highway 
East lying on the westerly side of the right of way re- 
quired for the reconstructed Pacific lighway, the beginning 
and ending points with reference to the Engineer's Stations 
of the said reconstructed highway being Station 20+00 on 
the northerly end and Station 57+50 on the southerly end. 


The location of said abandoned right of way may be nore definitely 


and particularly ascertained and determined by reference to a map 
or blueprint, marked "Exhibit A", attached hereto a.d by this 


ee 
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Station 40+00 to Station 43+50 on the northerly side of center line 
Station 52+00 to Station 57+25 on the northerly side of center line 
Station 216+00 to Station 255+00 on the northerly side of center line 
Station 259+00 to Station 272+00 on the southerly side of center line 
Station 273+25 to Station 28700 on the northerly side of center line 
Station 296+00 to Station 327+00 on the northerly side of center line 
Station 345+00 to Station 569+00 on the northerly side of center line 
Station 571450 to Station 579+00 on the southerly side of center line 


3. In addition to the foregoing descriptions of said frag- 
ments or parcels of land there is attached hereto a print or map, 
marked "Exhibit A", which by this reference is made a part hereof, 
and upon which map there are shown shaded in yellow the parcels of 
land formerly within the old right of way, but which are now by this 
official act preserved for public purposes, and upon which map there 
are shown shaded in red the abandoned sections of said right of way. 
Said exhibit or map for identification purposes bears the signatures 
of W. E. Chandler, Division Engineer, H. G. Smith, Construction Engi- 
neer, and R. H. Baldock, State Highway Engineer, and bears date of 
September 19, 1940.# 


4. The Engineer hereby is instructed to properly and com- 
pletely mark on the ground the boundaries of the fragments of land to 
be retained by the Highway Commission by erecting and maintaining 
thereon proper monuments or posts upon which shall be inscribed the 
words "State Property." 


5. In the event there remains any physical connection be- 
tween any portions of said abandoned right of way or highway and the 
present highway, and by reason of such physical connection traffic 
from the existing highway may enter or use the said abandoned por- 
tions of the old road to the possible damage or injury of such traf- 
fic by reason of any unsaf= condition existing with respect to the 
said old or abandoned road, then the State Highway Engineer is here- 
by authorized and directed to erect such barricade or other safe~ 
guards as may be necessary to protect and safeguard traffic using 
and employing said newly located, constructed, and dedicated section 
of said state highway. 


6, That this resolution be entered in the minutes and ree- 
ords of the Commission and a certified copy thereof promptly deliv- 
ered to the County Court of Crook County, together with copies of 
said exhibit or map, for such action as said County Court may desire 
to take with respect to the fragments of land to be abandoned, and 
should said abandoned portions of the right of way of said Ochoco 
Highway be further employed for public or private highway purposes 
such use shall be entirely under the control and supervision of the 
County Court of Crook County and beyond any responsibility or super- 
vision by the State "ighway Commission. 


#lap filed in Right of Way Abandonment and Retention File - No, 83 
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in Jackson County, requested an extension of time from September 
15, 1940, to October 10, 1940, within which to complete this 
project. They gave unfavorable weather as the reason for fail- 
ure to complete the work within the specified time limit. The 
Engineer advised that this project was let on February 16, 1940, 
and the completion date was designated as July 31, 1940; how- 
ever, the contractor did not begin operations witil July 8, 
1940. An extension of 45 days was granted by the Commission 

on October 11, 1940, subject to the payment of all engineering 
costs incurred after the specified date of completion. The En- 
gineer recommended, in accordance with an understanding reached 
with Norris Brothers at a previous Commission meeting, that 
they be charged with 50% of the engineering expense incurred on 
the project subsequent to the original date of completion, July 
31, 1940. A letter was presented from the Public Roads Admin- 
istration agreeing to this second extension, with the under- 
standing that the full engineering penalty be assessed against 
the contract. The Comuission approved the Engineer's recon- 
mendation unanimously. 


The United Contracting Company, contract No. 2340, 
for grading and surfacing the Corvallis-Lincoln School Section 
of the Pacific Highway West, in Benton County, requested an ex- 
tension of time from September 30, 1940, to June 1, 1941, with- 
in which to com lete this project. They gave as their reason 
for failure to complete this project within the specified time 
limit the fact that all bids received in June were rejected, 
and the contract, after being readvertised, was awarded to them 
on July 18, 1940. The late award of this contract, they said, 
placed the work too near the winter season, necessitating a 
shut-down order by the Engineer until suitable paving weather 
in the spring. The Engineer advised that he ordered the work 
closed down on December 5th, 1940. He recommended that the ex- 
tension of time to June 1, 1941, be granted subject to payment 
by the contractor of all engineering costs incurred by the 
state subsequent to the specified completion date, except that 
incurred during the shut-down period. A letter was presented 
from the Public Roads Administration concurring therein. The 
Commission approved the reco.imendation. 


a 


The Engineer reported that contracts Nos. 2287, 2317, 2336 and 
2380, for construction of state highway projects, have been completed ac- 
cording to the terms of the contracts or modifications thereof, and that 
said jobs are now ready for acceptance, The following resolution accept- 
ing the above projects was offered and was adopted by the unanimous vote 
of the Commission: 


if 
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reference made a part hereof, which said exhibit for identification 
purposes bears the signatures of F. D. Eason, Division Engineer, H.G. 
Smith, Construction Engineer, and C. B. lcCullough, Assistant Staite 
Highway Lngineer, and is dated November 4, 1940, upon which map or 
exhibit there is reflected the above described parcel of land by show- 
ing the sawe shaded in red.+* 


2. In the event there remains any physical connection be- 
tween any portion of said abandoned right of way or highway and the 
present highway, and by reason of such physical connection traffic 
from the existing highway may enter or use the said abandoned portion 
of the said old road to the possible damage or injury of such traffic 
by reason of any unsafe condition existing with respect to said old 
or abandoned road, then the State Highway Engineer is hereby author- 
ized and directed to erect such barricade or other safeguards as may 
be uecessary to protect and safeguard traffic using and employing 
said newly located, constructed and dedicated section of said highway. 


3. That this resolution be entered in the minutes and rec- 
ords of the Commission and a certified copy thereof promptly delivered 
to the County Court of .arion County, together with a copy of said 
map or exhibit, for such action as said County Court may desire to 
take with respect to said fragment of land, and should said abandoned 
section of the right of way of said highway be further employed for 
nublie or private highway purposes such use shall be entirely under 
the control and suvervision of the County Court of ijarion County and 
beyond any responsibility or supervision by the State Highway Commis- 
sion. 


The Commission confirmed the Engineer's award of the contract for 
grading and paving the Scappoose-Multnomah County Line Section of the Columbia 
River Highway in Columbia County, bids for which were received on llovember 13, 
1440, to Roy L. Houck, Salem, at his low bid of $87,492.00. 


The Commission confirmed the action taken at its meeting on November 
13, 1940, designating the new route for the Oregon-Washington Highway between 
Milton and the Oregon-Washington state line, in Umatilla County, and authorized 
the Tngineer to maintain the present route until the highway is constructed on 
the new location. The Secretary was instructed to send Mr. James Davis, Act- 
ing Director of Highways, State of Washington, a copy of the resolution adopt- 
ed on November 13, 1940, together with maps and other pertinent data. 


The Commission considered the following requests for extensions of 
time in which to complete highway construction projects: 


Norris Bros., contract No, 2287, for surfacing and oiling the 
Lick Creek-Salt Creek Section of the Little Butte Secondary Highway, 


#fap filed in Right of Way Abandonment and Retention File - No. 84. 
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Supplemental agreement with the Southern Pacif- 
ic Company, in regard to construction of the Davies Over- 
crossing project on the Wolf Creek Highway, in Washing- 
ton County. 


Agreement with the Oregon-Washington Railroad 
and Navigation Company; the Union Pacific Company, the 
State of Oregon, and Gilliam Comty, being an easement 
for encroachnent of the Columbia River Highway on rail- 
road company property, between Ramsey and Blalock, in 
Gilliam County. 


Agreement with the Portland Electric Power 
Company, covering installation of an automatic grade 
crossing signal at the crossing of 82nd Avenue, near 
Kendall, 0.3 mile south of the incorporated limits of 
the city of Portland, 


Agreement with Castle Films, Inc., covering 
the distribution of the two-reel motion picture, in 
black and white, entitled the "New Oregon Trail", and 
the editing of a two-reel motion picture in color, en- 
titled the "New Oregon Trail." 


Agreement with Botsford, Constantine and Gard- 
ner, extending the advertising agreement entered into 
on February 16, 1940, for a period of one year ending 
September 1, 1941. 


Agreement with the City of Ontario for fur- 
nishing water for irrigation of a portion of the On- 
tario Landscaping Project. 


Agreement with iiarion County covering snow 
removal operations on the North Santiam Highway during 
the winter season of 1940-1941. 


Agreement with Mrs, Maud Moon covering the 
leasing of property in liorth Portland for use as a main- 
tenance headquarters site. 


Bill of Sale by the State Highway Commission 
selling to Helen Louise Chadwick a one-story, wooden build- 
ing on Lots 3 and 4, block 15, Prookings, Oregon. File 
No. T7104. 


Bargain and Sale Deed by the State Highway Com 
mission, conveying lands in Lot 12, Block 42, Bennett's 
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WHEREAS, the Engineer has reported that the follow-— 
ing State Highway Commission contracts for the construction of 
state highway projects have been completed according to the 
terms and provisions of the contracts and said jobs are now 


ready for acceptance: 


Contract No. 2287, with Norris Brothers, for 
surfacing and oiling on the Lick Creek-Salt Creek Sec— 
tion of the Little Butte Secondary Highway, in Jackson 
County. Completed October 5, 1940. 


Contract No. 2317, with McNutt Brothers, for 
construction of the East Birch Creek Bridge on the Pen- 
dleton-John Day Highway, in Umatilla County. Completed 
on October 12, 1940, 


Contract No, 2336, with the Contracting & Sales 
Company, Inc., for the Interstate Bridge cable replacement, 
on the Pacific Highway, in ijultnomah County. Completed 


October 31, 1940. 


Contract No, 2380, with M. L. O'Neil & Son, for 
furnishing 7,500 cubic yards of crushed rock in stock 
piles, on the Ironsides-Brogan Section of the John Day 
Highway, in Malheur County, Completed December 10, 1940. 


THEREFORE, BE IT RESOLVED that the work covered by said 
state highway contracts for the construction of said state high- 
way projects be declared completed according to the terms of the 
respective contracts, and said jobs are hereby accepted and final 
payment in connection with each is hereby authorized. 


The Commission set Thursday and Friday, February 27 and 28, 1941, 
as the date for its first regular meeting for receiving bids for highway 
construction projects following that scheduled to be held in January. The 
Secretary was instructed to make the usual arrangements to hold such meet- 
ing in the auditorium of the Public Service Building, Portland, 


The Commission considered and signed agreements, etc., 4s fol- 


lows: 


Agreements with the Netional Hospital Associ- 
ation, the Salem Physicians and Surgeons Association, and 
the Lultnomah Medical Service Bureau, covering medical 
care of certain state highway employees during 1941. 
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Salem, Oregon, January 10, 1941 


The State Highway Commission met in special session at 10:30 a.m. 
in the office of the State Highway Engineer, Room 325, State Office Build~ 
ing. Present were: 


Henry F. Cabell, Chairman 

Huron W. Clough, Commissioner 

Herman Oliver, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


Senator Dean H. Walker, President of the 41st Legislative Assem- 
bly of Oregon came before the Commission and requested state cooperation 
in the replacement of the Willamette River Ferry, which serves traffic be- 
tween Independence and East Independence, with a bridge. Senator Walker 
stated that the present ferry carries a large volume of traffic, partic- 
ularly during the hop season, and many times it is necessary for traffic 
to wait half an hour or more to secure ferry accomodations. He pointed 
out that this ferry connects with the South River Road, from Salem, a por- 
tion of which has already been approved as a Federal Secondary Highway and 
which is under consideration at the present time for improvement as a WPA 
project. He pointed out that the ferry is owned and operated jointly by 
Marion and Polk Counties and gave as his thought that the counties would 
contribute toward the cost of the bridge at least as much money as they are 
now paying for operation and maintenance of the ferry. He suggested an 
agreement between the counties and the Highway Commission covering the 
bridge construction and that the South River Road between Salem and Inde- 
pendence, including the river crossing, be designated a state secondary 
highway, He offered to secure, if possible, legislative action as may be 
necessary to secure state aid in this matter. 


After discussion, the Commission instructed the Attorney to in- 
vestigate the laws and ascertain whether or not any additional legislation 
is needed and to confer with Senator Walker in regard thereto, The Engi- 
neer was instructed to investigate the cost to build a suitable bridge and 
to construct a standard type road from Salem to Independence via the South 
River route and to report to the Commission. 

‘ 

The Commission had under consideration the adoption of partial 
programs for the 1942 Regular Federal Aid Funds and other funds, The En- 
gineer submitted a list of projects from which the Commission selected the 
following for such programs: 
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Addition to the town of Marshfield, to Glen William Cur- 
‘ tis and Mabel A. Curtis, 


"Consent to Vacate" an alley in Eugene, through 
Lots 1, 2, 3, 5 and 6, and the East 50 feet of the West 3, 
Block 9, Fairmount Addition to Eugene. 

Application for a public highway right of way 


across the Warm Springs Indian Agency, on the He He ‘Butte 
Section of the Warm Springs Highway, 


There being no further business coming before the Commission at 
this time, the meeting adjourned at 5:00 p. m 
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PARTIAL PROGRAM OF 1! SECONDARY OR FEEDER ROAD PROJECTS 


TT. 

Kind of Estimated 
County Highway Section Work Length Cost 
[nn ee tnnE nnn enna 
a. Projects on State Highway System: 


Columbia Nehalem Sec. #102 Banzer Bridge-lfist G.,S.& 0. 3.3 $60,000 
Crook Prineville-Madras Lytle Crk.-Ochoco Crk. G.&S. 2.2 37,500 


Sec. #360 (1 of 2) 

Crook Prineville-Madras Lytle Crk.-Ochoco Crk. Surf, 1.9 2,500 
Sec. #360 (2:0f 2) 

Wallowa Enterprise-Lewis- Enterprise-Forest G.,5.& 0. 7.0 47,000 
ton, #11 Boundary 


Washing- Nehalem Sec. #102 Forest Grove-Banks G.,5.& 0. 0.8 25,000 
ton 
Subtotal $172,000 


b. Projects Not on State Highway System: 


Douglas i. Umpqua Co.Rd. Oak Crk.-Marks Ranch G.,S.&0. 3.0 960,000 
Malheur Vale-Adrian Co. Rd, Cow Hollow-Adrian S.& Oil 4.1 16,500 
(1 of 2) 
Malheur Vale-Adrian Co. Rd. Cow Hollow-Adrian S.&0il 2.0 8,500 
(2 of 2) 
Marion Salem-Silverton Central Howell—Brush G. & P,. 3.5 45,000 
Co. Rd. Creek 
Tillamook Fairview-Clements Trask River-Clements G.,S.& 0. 3.0 20,000 
Corner Co, Rd, Corner 


Union Hunters Lane Co.Rd. West Ranch-Island City S. & Oil 8.35 _ 45,000 


Subtotal $195,000 
State-wide Planning Survey 7,017 
Total $374,017 


1941 PROGRAM - STATE PROJECTS ON PRIMARY HIGHWAYS 
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County Highway Section Kind of Work Est. Cost 
DIVISIONS 1 AND 2 
Clatsop Columbia River Astoria-Tongue Point Pav.& Bridge $60,000 


Lincoln Alsea Five Rivers Section G.,S. & Oil 50,000 

Benton Corvallis-Newport Blodgett ’  OQOterossing & 50,000 
Bridge 

Linn South Santiam Cascadia-Bryant Hill G., S. & Oil. 30,000 


(Addition te Federal Aid) 
(Continued on next page) 


PARTIAL PROGRAM OF 1942 REGULAR FEDERAL AID PROJECTS 


LLL 
Estimated 
County Highway Section Kind of Work Length Cost 


Pt tee tn Te a 


Clatsop Oregon Coast Astoria G. & Pe 
Columbia Columbia River St, Helens G. & Pe 
Coos Oregon Coast N, Bend-Port Dock G. & Pe 
Gilliam Old Ore. Trail Quinton-Ramsey G.,5.,Bit.Mac. 
& Bridges 
Grant John Day Rock Creek Bridge Bridge 
Grant John Day W. Unit, Dixde G., S.& Bit. 
Summit-Austin Macadam 
Grant Pendleton-John Long Creek—Beach G., & & Oil. 
Day Creek 
Jefferson The Dalles-Cal. Madras-Culver Grading 
Josephine Pacific Sexton Mtn.(1 of 3) G., S.& Bit.M. 
Josephine Pacific Sexton litn.(2 of 3) ee PL. 
Josephine Pacific Sexton Mtn,(3 of 3) a 
Klamath The Dallee-Cal. Algoma-Terminal City Surf. & Oil. 
Klamath " 8 ° N. Unit, Algoma- G. & Te 
Terminal City 
Willamette Coast Fork Bridge Bridge 
Oregon Coast Otter Rock-Spencer Grading 
Creek 
Pacific-East Halsey-Muddy Creek OG. & P. 
Santiam Canyon Creek-Bryant G., S. & 0. 
Hill 
John Day Brogan-Jamieson GS. & O- 
Pacific-East Pudding River Bridge Bridge 
Pacific-East Dllahe-Miller Creek G. P. & Bridge 
Columbia River Corbett-—Rooster Rock 
Front Avenue Front Avenue G. & Pe 
Boardman-Stan- EE. Unit, Boardman- G., S. & Br. 
field Stanfield 
Sherman W. Unit, Shaniko- G. S. & Oil. 
Cow Canyon 
Warm Springs Warm Spfings River- Grading 
Mill Creek 
Pacific—West Onion Flat G. & Pe 
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Salmon River Sheridan G. & P. 
Salmon River Deer Creek-Bellevue G. P. & Bridge 


State-wide Planning Survey 
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1941 PR ~ STATE PROJECTS ON SECONDARY HIGHWAYS 


rae 
County Highway Section Kind of Work Est.Cost 


DIVISIONS 1 AND 2 


Lincoln Siletz Kernville-Fores, Bdry. G.,S-&Bit.Mac. $42,000 
Benton Kings Valley Plunkett-Read Creek G., S. & Oil. 52,000 
Lincoln Eddyville- Yaquina River Bridge at Bridge 20,000 
Blodgett Nashville 
Total, Divisions 1 and 2 $114,000 
DIVISION 3 
Benton Territorial Monroe-South G., 5.& Oil $20,000 
Douglas Tiller-Trail Days Creek-Milo G., S.& Oil 40,000 
Douglas Powers Road Hoffman Bridge- Grants G., S.& Oil 35,000 
Creek 
Total, Division 3 $95, 000 
DIVISION 4 
Deschutes Century Drive Bend—Forest Boundary S. & Oil 27,000 
Lake Adel Secondary Intermittent G. & Surf. 30,000 
Hood River Hood River Sec- Hood River Sec.& Odell G., S. & Oil 40,000 
ondary Secondary 
Total, Division 4 $97,000 
DIVISION 5 
Baker Medical Springs Catherine Creek-Miles G.,S. & Oil 65,000 
Bridge 
Malheur Vale—West All G.,S. & Oil 40,000 
Morrow Wasco-Heppner Gilliam Co.Line-Zinter G. &S. 65,000 
Ranch 
Harney Frenchglen Hanley Lane—rights Point G., S, & Oil 50,000 
Wheeler Shaniko- Clarno-Chichester G&S. 20,000 
Fossil . (Intermittent) 
Union Starkey Meadowbrook Bridge 6,000 
Union Starkey . Meadowbrook-Grande Ronde G, & S. 
River (Intermittent) __ 20,000 
Total, Division 5 $266 , 000 
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(1943 Program - State Projects on Primary Highways, continued) 
ee neenemmeenemmnenmmmmenstensmmenensenscemneemmnseceneecessaaeaeaaaaaaaaaaaaaaataaad, 
County Highway Section Kind of Work Est. Cost 


DIVISIONS 1 AND 2 (Conte) 


Linn South Santiam Albany-Lebanon Grade Stabil- $75,000 T 
ization 

Tillamook )Wilson River Donaldson Cr.-Mills Br.,S. & Bit.Mac. 134,000 

Washington) & McNamars Camp-Washbumn 

Washington Wolf Creek Sunset Tunnel-N. Plains, Bit. Mac. 45,000 

Linn Santiam Foster—Cascadia Surfacing 11,000 


Oo. 9 Neale PE 
~ 
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Total, Divisions 1&2 $455,000 
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DIVISION 3 


Pacific Umpqua River. Bridge at Bridge $150,000 
Dillard 
Pacific Eugene Section Grad.& Pav. 


os 


Total, Division 3 


ney 


DIVISION 4 


Klamath Falls- Cottonwood Crk.-Forest G., S.& Oil. 
Lakeview Boundary 

Klamath Falls- Klamath Falls (6th St.) 
Lakeview 

State Hwy.Routes Klamath Falls Traf.Signals 


Total, Division 4 
DIVISION 5 
Central Oregon Burns Section Grad.& Surf. %$ 10,000c 


Central Oregon Burns Section Oiling (St.Force) 2,500 
Baker-Homestead Flagstaff Hill-Ruckles G., S. & Oil 7B, 500¢ 


Creek 

Baker-Homestead Keating Road-Ruckles Br, & Grad. 57,000 
Creek 

John Day-Burns Bear Gulch Summit, Surf.& Oil. 140,000 
Seneca 

Heppner Jones Hill-Lena Surf.& Oil. 50,000 


Total, Division 5 $333,000 
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"oc" under contract. 
"T" indicates project approved tentatively 
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194 SEPARATION PROGRAM (Cont. 
SUMMARY BY DIVISIONS 


Rstimated Costs 
1942 Funds 1943 Funds 


Divisions 1 & 2 $ 1,700 $ 84,700 
Division 3 345,600 600 
Division 4 500 40,500 
Division 5 11,700 122,200 

Total 9359, 500 $248,000 


SUMMARY BY RAILROADS 
Estimated Cost 


Southern Pacific -----------7- i352, 500 
tUmion Pacific ~-----°--°-c+.7r.-," 100.000 
Bm SB.1end sttiliaotes<- --- --~-- 78,500 
Great Northemm ----977 77°77" 3,000 
Northern Pacific ----------"-7" -- 
Mt. Hoo@ ~--- - - - - Oo ‘eee 22,000 
Satter Wliege = - --- cto 38,500 
Orsi, (Cal, 4: Eastern -— 6,000 
Sub-total- ------ ‘3600 , 500 
Planning Survey- - - - 7,000 
Total--.- ---.7° "7 $607, 500 


The Engineer was authorized and instructed by the Commission to 
submit a list of the gelected projects to the Public Roads Administration 
for its approval, 


In this connection the Commission expressed a desire to extend the 
improvement of the Wallowa Lake Highway between Elgin and itinam Hill, which 
project is estimated to cost about $80,000, and it was decided to do this 
work as a state project, using state funds to finance it in the event suf- 
ficient savings accrue in the maintenance operations this winter. It was 
also decided to use the state funds set up for the Seneca~South project to 
finance the construction of the Vance Creek-Seneca Section of the John Day- 
Burns Highway within the National Forest Boundaries, which work is now sched- 
uled to be done as a forest highway project, using federal moneys, in the 
event it develops that the federal moneys will not be available so the Vance 
Creek-Seneca project can be contracted early in the spring. 
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1 1943 GRADE SEPARATION 


Estimated Costs 
Project 1942 Funds 1943 Funds 


DIVISIONS 1 & 2 
Wolf Creek $ 55,000 
Wilson River Xing 22,000 
-- Automatic Signals our & 
Tillamook 


" " (Salem) 1,500 
Sub-totals $ 83,000 


Planning Survey i, 
Totals, Divisions 1&2 $1, 


DIVISION 3 


Eugene Relocation 
Oak Hill OverXing 
Sub-totals 


Planning Survey 
Totals, Division 3 


cae ae 
=| SON Wiaaee Maia en aaa 


REPS en 


Piet =F 


Soeieechean cement 


edt Sean pete fee mes 


DIVISION 4 


Mt. Hood Fikes UnderXing 
Union Pac. 2 Automatic Signals 
(The Dalles) 
Great Nor, Automatic Signals (Klam.Falls) 
Sou. Pac. " " (Lakeview) 
0. C. & Ee * _ (Klam, Falls 
(& Hager 

Sub-totals 

Planning Survey 

Totals, Division 4 


DIVISION 5 


‘Old Ore. Trail U. Pp & Baker Grade Separation 
Sumpter Val. 
Bdman.-Stand. Union Pac. Stanfield OverXing 
-- Union Pac, Automatic Signals (Milton & 
( Pendleton 


Sub-totals 
Planning Survey 
Totals, Division 5 


(Continued on next page) 
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be paid for each. After careful consideration the Commission approved the re—- 
quest and by unanimous vote adopted the following resolution in regard there- 
to: , 


WHEREAS, in connection with the further improvement of 
the highways hereinafter designated, it is and has been necessary 
to acquire property for right of way, quarry sites,. gravel or other 
material sites, or sites for the storage of materials, as herein- 
after more definitely set forth, and 


WHEREAS, as a result of negotiations carried on with the 
owners of the property required, options have been obtained, which 
options have been considered by the Commission, outlining the bases 
of settlement which have been agreed upon, and 


WHEREAS, it is the judgment of the Commission that the 
said options should be approved and accepted, and/or the said re- 
ports be declared acceptable to the State Highway Commission as 
bases of settlement for the properties involved, and that the ac- 
quisition of the properties should be completed: 


NOW, THEREFORE, BE IT RESOLVED that the several offers, 
or bases of settlement hereinafter enumerated be, and the same here- 
by are, approved and accepted, and that the Attorney for the State 
Highway Commission be, and he hereby is instructed to complete the 
acquisition of the said properties and to take title thereto in the 
name of the State of Oregon, The said properties hereby ordered 
and authorized to be acquired are as follows: 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Ramsey~Blalock Section-Columbia River Highway 


8527-Hoag, H. Le Cancellation of a Gratis Landon 
grazing lease 


Multnomah County Line-Se ose Section—Columbia River Highwa: 

8329-Neff, G. F. R/W 1.35 $200 per a, + $230 McChesney 
West Portland-Tualatin Section-Wes Portland-Hubbard Hi 

4826-Bredemeyer, Edw. N. R/W 0,87 $200 per a. + $391 Benson 


(Correction) 


Beaver Creek Canyon Section-Columbia River Highway 


8700-Columbia County Rock Quarry 40.0 $1 Lump Sum McChesney 
Vollmer Creek Section-Wolf Creek Highway 

8691-Drawbaugh, Robert R/W 0.71 $100 per a. + $85 

8693-Berg, Herbert V. " 0.25 $100 per a, + $21 " 


a ee 


With respect to the railroad grade separation program, the Commis- 
tion instructed the Engineer to bear in mind the elimination of the grade 
crossing on the Old Oregon Trail at Durkee as a desirable project. 


The Commission adjourned at 12:00 noon and reconvened at 1:00 p. m, 
in the same room with all Commissioners present and participating. Also pres- 
ent were the State Highway Engineer, the Attorney, and the Secretary. 


The Attorney brought up for discussion an opinion from the Attorney 
General which states that it is the obligation of the State Highway Commis- 
sion to pursue action through the Courts, in an endeavor to recover from the 
Ladd and Bush Bank, Salem, the difference between the amounts lost by the 
State Highway Department as a result of defalcations by a former employee by 
the name of W. L. Moorman, and the amount recovered on Mr. Moorman's bonds, 
such difference amounting to approximately $2,000. The matter was given care- 
ful consideration by the Commission but action thereon was deferred pending 
further information, The Attorney was instructed to furnish each Commission- 
er with full facts of the case prior to the next meeting, when the matter is 
to be reconsidered. 


Gea ernie 
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The Attorney requested instructions whether or not to prepare for 
submission to the State Legislature, which convenes the following week, a 
bill, which, if enacted into law, would authorize the State Highway Commis- 
sion to construct cattle guards on state highways if and when considered ad- 
viseable by the Commission. The Commission considered that it would be to 
its advantage to have such authority whether or not cattle guards were actu- 
ally constructed and, accordingly, instructed the Attorney to prepare the 
bill and submit it to Governor Charles A. Sprague for approval. 
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Commissioner Clough brought up for discussion the question of night 
hauling of logs over state highways. It was decided to deny requests for 
such privilege for the time being in view of the possibilities that the Leg- 
{slature will take some action with respect thereto, and it was the thought 
of the Commission that any rules or regulations covering the hauling of logs 
during hours of darkness should be decided by joint action of the Superin- 
tendent of the Department of State Police, the Public Utilities Commissioner, 
and the State Highway Commission. The Secretary was instructed to inform 
the Pilot Rock Lumber Company, Pilot Rock, Oregon, that the Commission has 
considered its request for a permit to haul logs over & section of the Pendle- 
ton-John Day Highway during the hours of darkness and has denied the same. 


The Attorney reported the status of the right of way budget for 
1941. He advised that the amount budgeted for this purpose is $600,000 and 
that up to the present time there has been obligated $124,500, such amounts 
being in addition to $800,000 which has been set up for the Front Avenue 
project in Portland, 


The Attorney requested authority to acquire certain parcels of real 
property that are needed for various highway improvements throughout the state. 
He submitted a list of such properties together with prices that he re 
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Section, Hwy., and Ower Purpose Acres Approximate Amounts Agent 


Madras Section-The Dalles—California Highway 
8774-Jefferson County Maintenance 5,000 sq.ft. 420,00 Lump Sum Chandler 
Headquarters 


Condon Section-Wasco-He r Hi 
4795—Knox, Floyd Park 6 lots Gratis Geo. Otten 
" n n n 


4794-Gilliam County "on 


Rhea Creek-Heppner Section-asco-Heppner Highway 

6686-Griffin, Julia 0.10 $5.00 Lump Sum Parker 
Boardman-Stanfield Section-Old Oregon Tr Hi 

3414-Northern Pacific Ry.Co. RAW 49229 $5.00 per acre Landon 


3415-Hunt, T. E. R/W 2.37 $50.00 per acre + " 
(Correction) 1.14 $5.00 per a.4$370.30 

Kiuberly— Creek Section-Monument Hi 

3396-Fleming, Walter W. and R/W ~ Led $5.00 per a. plus 
Fleming, A. D. $110.00 
(Correction) 


Unity Section-John Day Highway 


3057-Elms, Sidney Snow Fence 2.12 1 yr.lease+ $10.00 
Lease per year " 
Meadowbrook Creek Section-Starkey Highway 
3561-Cunha, Jos., Sr. 0.31 $16.13 per a. " 
8560-Mt. Emily Lbr. Co. = 0,10 Gratis " 
W 


Front Avenue Project-Columbia St. to Washington St.(Portland)-Pacific Hwy.W. 
7978-Chinook Investment Co. R/W 4800 sqeft. $15,000.00 McCallister 


The Assistant Attorney reported an offer from Fannie Trimble Pedri- 
old to purchase a state-owned building at Brookings, being building designat- 
ed as No. 7707 in the Highway Department's records. He explained that some 
time ago the Commission took bids for the purchase of this building, the high 
bid being submitted by Tom B. Page of Brookings. However, subsequent to the 
acceptance of Mr. Page's bid it developed that thieves entered the building 
and removed certain facilities and now Mr. Page is not inclined to complete 
the purchase except at a discount. The price offered by Mr. Page, he said, 
was $50,00, compared to $60.00 offered by Mrs. Pedrioli for the building as 
is, He recommended release of ir. Page from his obligation and the return 
of his bid deposit and the acceptance of .irs. Pedrioli's offer. The Commis- 
sion approved the recommendation unanimously. 


The Commission had under discussion a letter from Mr. Philip H. 
Carroll, Executive Secretary of the Public Docks Commission,. Portland, calling 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Nehalem River-Davies Section-Wolf Creek Hi 
7402-A Pihl, H. M. Crusher Site 1.06 594.34 per a. + 0.35 


a. for pipe line ease- 
ment Gratis licChesney 


Lincoln County Line-Corvallis Section levee or Highway 

8751-Green, W. H. Seale Site 0.35 3357.85 per a.t924.75 Collins 
| Siletz — rt Section-Oregon Coast Highw 

4112-Combs, Bertha M. 7 526 sq.ft. 25¢ sq. ft. " 


4186A-NeWilliams, Ernest, Jr. Slope 750 sq.ft. Gratis tt 
Easement 


Depoe Bay Section-Oregon Coast Highway 
79l-archer, P. H. bi 1521 sq.ft. 25¢ sq.ft. Lump Sum Collins 
for land .380 + 4250 


Boiler Rocky Creek Section-Oregon Coast Hi 


5819-Sunset Investment Co., W 1965 sq.ft. 10¢ sq.ft. Collins 
and Frank China 

5817-Wiggen, Vera C. RAW 2850 sq.ft. 18¢ sq.ft.+ $87 " 

6188-Sunset Investment Co. " 3789 sq.ft. 5¢ sq. ft.+$210.55 


and John Olsen 


| Bandon Section-Oregon Coast Agiray 
i 7807-John, Ola rt 530 sq.ft. 5¢ sq.ft. Gardiner 


1.49 Donaldson Creek-Mills Bri Section-Wilson River Hi 


Ye: 8310-Martin, D. S. 0.72 0.43 a. @ $500 per a. 
at 0.29 a. @ $300 per a. 
 - plus $198 Parker 
| Springtsela- Hive River Section-McKenzie Highway 
Bia 8682)-Baker, Carl R. Stock Pile 1.52 0.32 a.) Lamdg500 + 
3 8683) & crushing 1.19 a.) 245 + mov- 
ee plant ing fence Benson 
1.5 8562-iicKenzie River Stock Pile 1.02 Land $10-State to as- 
& Power Company sume pmt.of taxes 
es | (few cents, estim.) " 
1 ag Cheshire-Territorial Road Section-Siuslaw Highway 
4 8504-Allen, Roscoe C. Seale Site 0. $60 Lump Sun Gardiner 
‘po Selma-California Line Section—-Redwood Highway 
ag 8636-Lackey, A. F. & Gravel Pit 10.0 335 per a. $50 Lump Benson 
a | Stevens, R. L. Stock Pile 1.0 Sum, Permanent eas2- 
1 Haul Road ment-on 0.38 a.Gratis 
tj Algoma-Terminal City Section-The Dalles-California Highway 
ee 8543-Riniker, Adolph 1.59 150 per a. Gardiner 
a 8546-Carroll, H. H. " 0.66 $150 per a. as 
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in Josephine County. He said that Mr. ‘fright owns land adjacent to the state 
oroperty but does not have access to the highway at this particular point. 
Further, that lr, Wrizht alleges that the state's property is continually 
covered with weeds and obnoxious plant growth which he has to control so as 
to prevent its spread to his own fields. He pointed out that an irrigation 
flume is now being maintained along the edge of the property and that the 
state is also maintaining a siphon at the end of the property, which siphon 
crosses the highway right of way. The area desired by Mr. Wright, he said, 
lies beyond the limits of the standard-width highway right of way and is of 
value for highway purposes only insofar as it concerns the maintenance of the 
flume and the siphon, He recommended the sale of the property to Mr. Wright 
for the sum of $50.00, which is approximately the amount the state paid for 
it in connection with right of way negotiations, provided however that Mr. 
Wright will permit the state to reserve the right to maintain the flume and 
the siphon in their present locations. ‘he Commission approved the recom- 
mendation. 


The Assistant Attorney reported that Kenneth Pedersen,who submit- 
ted the low bid for the moving of buildings.on the Henry J. Henze and Laura 
Henze property at Scappodse, has elected not to proceed with the job for the 
reason that he made an error in estimating the quantities of excavation and 
surfacing work required and, therefore, could not do the work at the price 
quoted. Mr. Pedersen's bid, he said, totaled $768.00, and included $227.50 
for grading and surfacing, which work he now estimates will cost him 9605.00; 
also, that Mr. Pedersen has agreed to reduce his bid in the amount of $227,50 
if the state will do the grading and surfacing work, leaving 4 net of $540.50 
for the moving of the buildings. He added that Division Engineer E. A. Col- 
lier estimates that the grading and surfacing work, if performed under an 
Extra Work Order on the construction contract, will cost about $431.25, which 
would make a total cost of $971.75 compared with $]051,00, the amount of the 
second-low bid submitted for this work, After consideration, the Commission 
authorized approval of the price of $540.50 for the moving of buildings, leav 
ing the grading and surfacing work to be done by the state's contractor. 


A letter was presented from Ralph A. Coan, Attorney for Mr. Charles 
W. Ertz, Portland, in regard to certain property that Mr. Ertz owns adjacent 
to the proposed Front Avenue project in Portland. It appears that a portion 
of this property will be needed for right of way for the highway improvement 
and, because this fact is known to tenants of the building located on the 
property, Mr. Ertz is having difficulty in securing tenants and is suffering 
loss of income thereby and, in view of the circumstances, feels that he is 
entitled to damages from the state. After discussion, the Commission referred 
this matter to the Attorney with instructions to secure an option from Mr. 
Ertz providing for the purchase of his property or the portion that will be 
needed for the Front Avenue improvement, 


The Engineer requested instructions with regard to the removal of 
buildings from’a one-mile section of the right of way of the Wilson River 
Highway between Glenwood and Balm Grove, which right of way was purchased by 
Washington County. He said that, while the county purchased the right of way, 
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attention to certain legislation now pending in Congress which has for its ob- 
ject the transfer to the federal government from the states sovereignty over 
submerged lands below the low-water mark along the coast.. The Attorney ad- 
vised that investigation reveals that two bills with respect to such matter 
have been offered in the U. S. Senate, both of which seek to transfer juris— 
diction over the submerged lands from the State of California to the federal 
government under a pretext of preserving petroleum deposits and as against 
such revision there has been offered in the House of Representatives a bill 
the purpose of’ which is to have the federal government re-announce and re- 
declare the doctrine that the title to submerged and tidelands is and ought 
to be vested in the respective states within whose boundaries such lands are 
situate. He pointed out that when the State of Oregon was admitted to the 
Union its admission carried with it as one of the attributes of state sover- 
eignty ownership and control over tidelands and also title to lands under 
navigable waters within the state; also, the boundaries of the state were - 
fixed by Congressional Act as "Beginning one marine league at sea, due west 
from the point where the forty-second parallel of north latitude intersects 
the same; thence northerly, at the same distance from the line of the coast 
lying west and opposite the state, including all islands within the jurisdic- 
tion of the United States, to a point due west and opposite the middle of the 
north ship-channel of the Columbia Rivers," He said that it appears to 
him that the purpose of the legislation in Congress is to destroy the prin- 
ciple of sovereignty and vest in the federal government control over such sub- 
merged lands in so far as the State of California is concerned; and he suggest- 
ed that, in the interests of the people of Or&gon, a protest should be made 
against such legislation for, if it is accomplished with respect to the State 
of California, it would not be difficult to do the same in the State of Oregon, 


The Commission thought this a matter that should have the attention 
of the Governor and the Legislature, The Attorney was instructed to so inform 
Mr. Carroll. 


A request was received from Mrs. James H. Ross, Albany, for permis- 
sion to construct and maintain a sidewalk across a small parcel of state-owned 
property in Lot 3 of Block 4, Bryan's Addition, Albany, so as to permit pro- 
spective customers to patronize a business establishment which she proposes to 
conduct on adjacent property, this being the only direct means of access to 
her property from the highway. After considerable discussion the Commission 
authorized granting Mrs. Ross such privilege subject to the condition that no 
vehicular traffic shall be allowed to cross the highway curb and sidewalk, and 
with the understanding that the Highway Commission will not relinquish the 
right to make such future use of its property as may be necessary for highway 
purposes, and reserves the right to devote the property to such purposes at 
any time that the same may appear necessary without obligation to Mrs. Ross 
or her successors, even though such action may prevent lirs. Ross having access 
to the highway at this point, 


The Attorney requested instructions from the Commission whether or 
not to sell to Mr. Newell Wright, Grants Pass, a small parcel of state-owned 
property adjacent to the Grants Pass-Green Creek Section of the Pacific Highway 


yJan10 19 41 


WHEREAS, by reason of said relocation and the reconstruc- 
tion of said section of said highway there will be eliminated and 
made unnecessary as a part of the permanent right of way a certain 
section or part of the old location, which said section or part of 
the right of way hereinafter to be eliminated from the new right 
of way is more specifically defined and described hereinafter in 
this resolution; and 


WHEREAS, the area hereinafter described will, after the 
highway has been constructed, with respect to the new location be 
no longer needed by the state for highway purposes; and 


WHEREAS, as a part of the transaction with Frank Heck and 
Mary E. Heck, by which the state acquired real property for right 
of way purposes, it was agreed that the real property hereinafter 
described should be permitted to revert to the said Frank Heck and 
Mary E. Heck as owners of the property abutting upon said aban- 
doned right of way; and 


WHEREAS, it is the judgment and opinion of the Commission 
that there should be recorded in the minutes and records of the Com- 
mission its purpose and plan to abandon and eliminate as a part of 
the right of way of said highway in Cottage Grove the fragment or 
portion of right of way hereinafter described and which heretofore 
and at this time is included within the area of the right of way of 
said highway as now located and used, 


NOW, THEREFORE, the premises being in general as above 
stated, it hereby is resolved by this Commission, all members being 
present and affirmatively participating, as follows: 


1. That the fragment of real property confined within 
the area hereinafter designated and described, which fragment or 
parcel of land heretofore was and now is within the limits of the 
right of way of the Pacific Highway in Cottage Grove, but is not 
within the limits of the right of way of said highway as the same 
has been relocated and reconstructed within the corporate limits 
of said City, be and said fragment or parcel of land or portion of 
the old right of way is abandoned as a part of the right of way of 
said highway, and said fragment or parcel of land or old right of 
way is, so far as control and supervision of this Commission is 
concerned, eliminated from the right of way of said highway and is 
left to revert to the adjoining and abutting property owners, Frank 
Heck and Mary E. Heck. 


2. The fragment or parcel of land affected by this reso- 
lution is defined and described as follows, to wit: 


A parcel of land lying in the northwest quarter (nw2) 
of Section 33, Township 20 South, Range 3 West, W.M., Lane 
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it is evident that no provision was made by the county for the removal of 
buildings and there is doubt in his mind that the county has made any such 
provision in its budget for 1941. He suggested that, since the State Highway 
Department has purchased all right of way for state highways during the past 
several years, the Commission might authorize removal of the buildings at 
state expense which would expedite the matter considerably and would be in 
line with the Commission's present policy with respect to such matters, The 
Comnission indicated approval of the suggestion but deferred a decision pend- 
ing investigation to determine the amount involved. The matter was referred 
to the Attorney to make such investigation. 


The Assistant Attorney advised that Mary Gaboni, through her attor- 
ney, ur. Charles Kosten, Portland, has offered to convey to the state by quit- 
claim deed, if paid the sum of 425.00, certain property. owned by her along the 
Front Avenue project in Portland, consisting of the south half of Lot 3 and 
the north half of Lot 4, in Block 73, being waterfront property against which 
there are assessments amounting to 416,404.05, and delinquent taxes and pen- 
alties amounting to $10,862.89. He said that the appraised valuation of the 
property, in accordance with the standards adopted by the Commission and the 
City of Portland, is $12,773.75, so that idrs, Gaboni's equity in the property 
is valueless. He recommended acceptance of iirs. Gabonits offer, subject to 
approval of the City of Portland, in order to eliminate all possible future 
question as to the validity of the assessment foreclosure proceedings, the tax 
foreclosure proceedings, or the condemnation proceedings by the City of Port- 
land. The Commission approved the recommendation. 


The Commission had under discussion the abandonment of a portion of 
the right of way of the old Pacific Highway in the City of Cottage Grove. The 
Attorney explained that, in acquiring right of way for the new highway in Cot- 
tage Grove, it was necessary to purchase land from Mr. Frank Heck and, as @ 
part of this transaction, it was agreed that the Highway Commission would al- 
low the old highway in front of Mr. Heck's property to revert to Mr. Heck, it 
being understood at the time that the deal was closed that the Commission's 
resolution abandoning the area would not be placed on record until the new 
highway was completed and opened to travel. He advised that the job is now 
done and that the general public has the use of the road, which is the reason 
for asking the Commission to act on the matter at this time, After consider- 
able discussion and careful inspection of*the map showing the property in 
question, and particularly because the abandonment of the area for state pur- 
poses is necessary in order to fulfill the terms of the option secured from 
ur. Heck for the new right of way, the Commission approved the abandonment of 
the area in favor of Mr. Heck and, thereupon, by unanimous vote, adopted the 
following resolution with regard thereto: 


WHEREAS, in order to afford a better alignment and a more 
satisfactory, safe and convenient highway for the traveling public 
the Highway Commission found it necessary to relocate a portion of 
the Pacific Highway in Lane County, and particularly that portion 
through the City of Cottage Grove; and 
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The Attorney presented a status report on negotiations for the ac- 
quisition of privately-owmed lands bordering the state park known as "The 
Cove" at the confluence of the Deschutes, ietolius, and Crooked Rivers, in 
jefferson County. He said that the ower of the orchard property near the 
point where the county road crosses Crooked River, which is the key property 
to this situation, has been contacted and has indicated a willingness to sell 
his property to the state for the sum of $16,000, with certain restrictions 
and regulations, including the right to occupy the premises for a period of 
six months. Action on this matter was deferred by the Commission until the 
next meeting. The Attorney was authorized in the meantime to employ the ser- 
vices of a competent appraiser to set a value on the property. 


The Engineer brought up for discussion the roadside development 
project at Newport. He advised that the contract for this improvement, amount- 
ing to $23,967.50, was awarded on August 23, 1940, as @ Federal Aid project 
but no provision was made for the planting of the area, which is estimated to 
cost an additional $3,200.00, He gave as his thought that it would be impos~ 
sible to secure federal funds to finance such planting work, and suggested an 
allocation of state funds for the purpose, because it is needed to provide a 
finished job. The Commission, by unanimous vote, approved the project but 
instructed the Engineer to secure federal funds to finance it, if possible. 


The Ungineer submitted a list of sidewalk projects for the Commis- 
sion's information in formulating a construction program for such work. He 
explained that the list has been prepared in accordance with the priority 
rating of each project based upon "Index of Hazard and Relative Warrant For- 
mulas" developed by the Traffic Engineering Department after exhaustive study. 
He gave as his thought that the Commission should approve a budget for side- 
walk construction and suggested the setting up of $30,000 for such purpose as 
a start. After discussion, the Commission approved the suggestion by unani- 
mous vote and instructed the Engineer to submit to the Commission at the next 
meeting a list of projects to take up the amount. 


The Ungineer reported on the request of the City of Corvallis for 
the installation of ten railroad-crossing type signals on Sixth Street, Cor- 
vallis, at all intersections from A Street (Western Avenue) to Tyler Street. 
He estimated the cost of such installations at $25,000 and advised that only 
two of these intersections; viz., nat Street and Van Buren Street are on 
state highway routes. A study of the aceident record at these intersections, 
he said, indicates that the installations are not warranted and he according- 
ly recommended that the raquest be not approved, at least not until there 
appears to be more justification for the same. ‘The Commission approved the 
recommendation unanimously. 


The Engineer also reported on requests for traffic lights at the 
following locations: 


1. Installation of a fixed time signal on the Pacific High- 
way at the intersection of Ninth and Main Streets and the installa- 
tion of an overhead flashing beacon on the Pacific Highway at the 
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County, Oregon; the said parcel being described as follows: 


Beginning at a point on the westerly right of way line 
30 feet distant from (when measured at right angles to) Engi- 
neer's Station 805494.5 of the existing Pacific Highway; said 
point also being 456 feet south and 127 feet west of the south- 
west corner of Block 22, Long and Landess Addition to Cottage 
Grove; thence South 61° 15' Fast a distance of 60.0 feet to 
the westerly right of way line of the Southern Pacific Company; 
thence along the easterly right of way line of said highway on 
a 603 foot radius curve to the left (the long chord of which 
bears North 19° 57! 30" East 184.3 feet) a distance of 185.1 
feet; thence North 89° 52' West a distance of 36.2 feet; thence 
South 28° 45' West a distance of 164.8 feet to the point of 
beginning; containing 8965 square feet; said parcel being a 
portion of the abandoned Pacific Highway. 


3. That the area of real property lying west of the tract 
of land described in paragraph two of this resolution shall be re- 
tained by the State for public highway purposes so that in so far as 
consistent with the public interests members of the general public, 
including the abutting property owners Frank Heck and Mary E. Heck, 
may have free passage thereover, In other words, said area shall 
at all times be treated and used as a part of the right of way of 
the said highway with like privileges and restrictions. 


4. This resolution shall be entered in the minutes and 
records of the Commission and a certified copy thereof delivered to 
Frank Heck and Mary E. Heck for their special use and benefit. 


The Commission discussed a settlement with Mr. Mike McCabe for right 
of way needed for the Warm Springs Highway in the vicinity of Prineville and, 
by unanimous vote, approved settlement for the amount stated in the original 
option secured from him; viz., $1,444.20, with the understanding that Mr. Me- 
Cabe does not intend to continuously nor generally transpert lambs and ewes 
across the highway during lambing season. It was considered advisable to 
bring the conditions to Mr. McCabe's attention by letter, rather than by in- 
serting them in the deed of conveyance, and the Attorney was so instructed. 


The Commission discussed an opinion from the Attorney as to its 
authority to erect and maintain signs on the beach at Gearhart informing the 
public of the danger of logs on the beach and in the surf. According to this 
opinion the State Highway Commission, which is the owner of the beach area at 
this location, has authority to erect and maintain such warning signs if it 
considers them necessary as an aid in the prevention of accidents. In view 
of the opinion, the Commission authorized and instructed the Engineer to erect 
a number of warning signs on the beach at this location. 


10041 


The Commission, by unanimous vote approved the Engineer's recomnendation. 


The Engineer reported that in accordance with authority previously 
granted him by the Commission he has awarded contracts, as follows, based on 
bids received by the Commission at its meeting on December 17 & 28, 1940, the 
awards in each instance being made to the low bidder and the conditions of 
the awards having been satisfied: 


Svensen-Goble Rock Production Project on the Columbia River 
Highway, in Clatsop and Columbia Counties. Bids taken December 18, 
1940, contract awarded January 4, 1941, to Tidepoint Company. 


Surfacing and oiling Owyhee River-McDermitt Section of the 
I.0.:i, Highway, in Malheur County. Bids taken December 17, 1940, 
contract awarded to Norris Pros., January 4, 1941. 


Grading and topping the Boar -Umatilla County Line Section 
of the Boardman-Stanfield Highway. Bids taken December 18, 1940, 
contract awarded December 21, 1940, to Frank Penepacker. 


The Comission approved the awards as reported. 


The Engineer requested authority to advertise for bids for the con- 
struction of what is known as the Meadowbrook Bridge on Starkey Secondary 
Highway, in Union County. He explained that this job was included in last 
year's budget for state forces but he is now of the opinion that it would be 
better to have the work done by contract. The Comission approved the re- 
quest and authorized the advertising of this project for bids to be received 
at the next meeting. 


The Engineer requested authority to purchase the following equip- 
ment: 


2 10-ton rollers for oiling crews (1 old roller to be traded 
in as part purchase price.) Estimated net cash outlay $8,600 


15 Power mowing machines. Estimated total cost $16,500 
10 Asphalt ketties. Estimated total cost $6,500 


6 Patrol graders (6 old graders to be traded in as part pur- 
chas price.) Estimated cash outlay $26,790. 


6 Pull-type graders (6 old graders to be traded in as part 
purchase price) Estimated total cash outlay 96,000. 


20 Light type~dump trucks of Ford or Chevrolet Class (20 old 
trucks to be traded in as part purchase price.) Estimated cash out- 
lay $18,000. 


2 power hoists for use of bridge crews. Estimated total cost 
$750. 
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intersection of Sixth and Madison Streets, all in Cottage Grove. He 

estimated the cost of the fixed time signal at $1,500 and the flash- 

ing beaton at $150, and recommended approval of both lights, the en- 

tire cost of both installations to be paid by the state. The Commis- 
sion approved the recomnendation. 


2. Installation of a flashing beacon at the intersection of 
Sherman Avenue and Washington Avenue on the route of the Oregon 
Coast Highway in the City of North Bend, He estimated the cost of 
such installation at $150 and recommended ayproval of the same at 
state expense. The Commission approved the recommendation. 


3. Installation of an overhead flashing beacon at the inter- 
section of the Oregon Coast Highway and Roosevelt Drive, near the 
Wahanna Creek Bridge in Seaside, He estimated the cost of such in- 
stallation at $175 and recommended approval of the same at state ex- 
pense. The Commission approved the recommendation, 


4. Installation of an overhead flashing beacon at the inter- 
section of the Columbia River Highway and Fairview Road, near Port- 
land. He estimated the cost of such installation at $150 and recom- 
mended approval of the same at state expense. The Comnission approv-~ 
ed the recommendation. ‘ 


5. Installation of an overhead flashing beacon at the inter- 
section of the Salmon River Highway with the Oregon Coast Highway 
at Otis. He estimated the cost of such installation at $200 and rec- 
ommended approval of the same at state expense. The Commission ap- 
proved the recommendation. 


The Engineer also recommended denial of the requests for traffic 
signals at the following locations, it being his opinion, after investigation, 
that traffic lights at these points are unwarranted at this time 


1. Flashing beacons on the Columbia River Highway in the town 
of Cascade Locks. 


2. Signals and flashing beacons in the town of Springfield. 


3. Flasning beacon at the intersection of the Oregon Coast 
Highway and the Wolf Creek Highway at Necanicum Junction. 


4. Flashing beacon at the intersection of the Oregon Coast 
Highway and the road to Cannon Beach. 


5, Flashing beacon on the Tualatin Valley Highway at Gaston. 


6. Flashing beacon on The Dalles-California Highway at Klam- 
ath Agency. 
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elapsed, He gave as his thought that it would prove more satisfactory to 
make a definite charge of $1.00 for each set of plans regardless of whether 
or not the plans are returned, the amounts received to be deposited in the 
State Highway Fund. Such arrangement, he said, would not only do away with 
considerable routine in the handling of deposits of this kind but would help 
jefray the cost of preparing the plans, which amounts to a considerable sum. 
He recommended approval of such method of handling these accounts. The Com- 
mission approved the recomnendation unanimously. 


The Engineer reported that the Stillwell Bridge over the Trask 
River on the Netarts Secondary Highway, in Tillamook County, is in serious 
condition due to the decay of timbers. He recommended the placing of a 10- 
ton maximum load limit on the structure pending replacement of the same with 
a new one, as a safeguard to traffic. The Commission approved the recommenda- 
tion and, by unanimous vote, adopted the foilowing resolution in regard there- 
to: 


WHEREAS, the road or highway hereinafter named has been 
designated and declared to be and is a state highway and has been 
improved and is being maintained by the State Highway Commission, 
pursuant to the laws of the State of Oregon, as a state highway; 


AND WHERFAS, on the said state highway there is located a 
certain bridge structure, knom as "Stillwell Bridge", which, in the 
judgment of the State Highway Commission is incapable of safely car- 
rying the traffic to which it is being subjected, ami in order to 
protect said bridge structure against damage and injury and in order 
to safeguard traffic over said bridge structure it is deemed and is 
the judgment of the Highway Commission and said Commission finds 
that it will be for the best interests of the said bridge structure 
and of the traffic which uses the said bridge structure that the 
maximum weights now permitted and authorized by law be reduced; 


AND WHEREAS, the State Highway Commission has, after due 
investigation, determined and found and it is the judgment of the 
Commission that the maximum gross loads which shall be permitted 
upon any single span of the said structure at any time shall be re- 
duced and fixed as in this order provided; 


NOW THEREFORE, the prew*-~+ being in part as above stated 
and the State Highway Commission having, as a result of due investi- 
gation, found that the bridge structure above referred to and here- 
inafter designated is incapable of safely sustaining or supporting 
a total gross load in excess of that specified hereinbelow; 


IT IS HEREBY ORDERED, that the total gross weight of com- 
bined load and vehicle which at any one time shall be permitted upon 
any single or individual span of the said bridge structure shall not 
exceed the limits given and set forth hereinbelow. In computing the 
total weight of any single vehicle, the total gross weight of any 
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After discussion the Comaission ayproved the request by unanimous vote and 
ordered that the purchases be made through the State Purchasing Department in 
accordance with the usual practice. 


In this connection the Engineer discussed with the Commission the 
advisability of purchasing a new type oil and asphalt retort manufactured by 
the Dallas Machine and Locomotive Works, Dallas, Oregon, known as "The Ger- 
linger Rotary Oil Retort." He explained that the company has made a special 
effort to manufacture a retort that will stand up under all conditions of 
operation and, in his estimation, after having tried out one of the retorts 
which the company loaned for the purpose without charge, he is convinced that 
the company has a machine that is better than any similar machine on the mar- 
ket. The regular price of this equipment, he said, is $4,950, but the company 
has stated its willingness to sell the retort that it now has on hand for the 
sum of $4,450. He pointed out particularly that, in the operation of this re- 
tort, an auxiliary boiler is not necessary so it will be possible to save con- 
siderable expense to the state from that standpoint; also, that the cost of 
the machine is less than the cost of similar machines that are now being used 
on highway work. He requested authority to purchase this machine, After due 
consideratien, the Commission approved the request by unanimous vote. 


The Attorney requested instructions relative to the collection of a 
number of unsatisfied obligations of several cities and counties which obliga- 
tions are long past due. After discussion, the Commission instructed the At- 
torney to ascertain the intention of such cities and counties with respect to 
the payment of the claims and report his findings to the Commission for fur- 
ther action. 


The Engineer presented a plan for safeguarding and simplifying the 
handling of deposits made by cities, counties, and others to guarantee pay- 
ment for work to be performed by them. Briefly, such plan provides for the 
setting up of a special account with the State Treasurer placing therein all 
amounts deposited and withdrawing the amounts by check signed by the State 
Highway Engineer when final disposition of the deposits is to be made. He 
said that there is a provision in the state law which gives the State Treas- 
urer authority to handle accounts of this kind and that it is the suggestion 
of the Secretary of State's office that the Highway Commission take advantage 
of such law, as many other state departments have done, He further advised 
that he discussed this matter with the Commission's Attorney, who examined 
the statute, and has given as his opinion that there is nothing irregular 
about the proposed plan, He recommended adoption of this plan and that he be 
authorized to establish such an account with the State Treasurer. The Commis- 
sion approved the recommendation unanimously. 


The Engineer also brought up for discussion the matter of charging 
contractors for plans furnished for highway work that is being advertised for 
bids. He advised that for many years it has been the practice of the Highway 
Department to require contractors and others receiving plans to make a $5.00 
deposit for each set, which amount is returned to the depositor when he re- 
turns the plans or, in any event, after a period of six months or so has 
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A letter was presented from the Lang Transportation Company, San 
Pablo, California, requesting authority to operate over Oregon state highways 
from the California line to Ashland, Medford, and Klamath Falls, certain 
equipment consisting of truck and trailer, the overall length of which is 
52' 8", or 2'8" in excess of the length limit authorized by the Oregon stat- 
utes. The company advised that it is arranging for the purchase of equipment 
that complies with the Oregon laws but, pending the outcome of their studies 
of a satisfactory type of equipment, they would like to have authority to 
operate the equipment that they now own. Further, that they anticipate mak- 
ing about five trips per month to the points mentioned and are only request- 
ing a permit of 90 days'duration, After due consideration, upon recommenda- 
tion of the Engineer, the Commission approved the granting of such permit as 
request2d. 


The Secretary presented a letter from the J. E. Flurry Lumber Com- 
pany, Ashland, in which the Commission was urged to lift the reduced load 
limit recently placed on the Tiller-Trail Highway because it interferes great- 
ly with filling of orders for lumber purchased for use in connection with the 
National Defense Program. The Engineer advised that the road is now in good 
condition, but has only a light oil surface which may not stand up throughout 
the winter under heavy log-hauling traffic. He added that the road was built 
by the Public Roads Administration as a forest highway project and that it is 
still being maintained by that department at whose request the road was post- 
ed for reduced loads. After considerable discussion, the Commission instruct 
ed the Engineer to secure a report from Division Engineer K. D. Lytle on this 
subject and in the meantime to take down the reduced load limit signs tempo~ 
rarily to see what effect full weight loads will have on the section. 


The Commission discussed matters pertaining to the Wolf Creek High- 
way WPA project and particularly the advisability of sponsoring a new project 
to include all work remaining to be done. In the discussion it was pointed 
out that the WPA funds that have been provided for the project now under way 
will be exhausted about the first of April; also, that a new project embrac- 
ing a portion of the remaining work has already been authorized by the Com- 
mission but has not as yet been approved by the government officials, which 
project calls for 25 per cent contribution by the sponsor. The Engineer ad- 
vised that it now appears possible under the National Defense Program to 
secure a »roject embracing all of the remaining work without obligation on 
the part of the sponsor to pay more than 16 per cent of the cost, although 
detailed information in regard thereto has not as yet been received. It was 
the Commission's decision that the work should proceed under the present 
project and under a project that is now in Washington for approval, until the 
final project can be prepared when the old projects can be cancelled. The 
Engineer was instructed to discuss the matter further with Mr. E. J. Griffith, 
State Administrator for the WPA. 


The Engineer reported receipt of a letter from the WPA pointing out 
that the Ranger Station-Fish Hawk Falls cutoff project connecting the Wolf 
Creek Highway and Nehalem Highway, in Clatsop County, is an important access 
road in the national defense program and inquiring what orogress is being 
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trailer or trailers attached to said vehicle shall be considered as 
a component part of the total gross load and shall not be considered 
as a separate vehicie. This combined gross weight shall not exceed 
the limits given hereinbelow, to wit: 


WETARTS SECONDARY STATS HIGHWAY, No. 131, Tillamook County 
Mile Post 00.77 Stillwell Bridge 10 tons 


IT IS FURTHER ORDERED, that these rules and regulations 
as made and found by the State Highway Commission under the provi- 
sions of Section 55-2707, Oregon Code 1935 Supplement, shall be in 
full force and effect until rescinded, modified or revoked by order 
of the State Highway Commission. 


AND IT IS FURTHER ORDURED, that a notice be posted in a 
conspicuous manner and place at each end of the above-named bridge 
structure, so that said notice can be readily seen and read, whieh 
notice shall state plainly the limitations and prohibitions of the 
traffic nereby in this order determined and fixed. 


AND 3E IT FURTH™R ORDURED, that a certified covy of this 
resolution be furnished to the County Clerk of Tillamook County in 
“faich county said bridge structure is located, and that a certified 
copy of said resolution be furnished the Superintendent of the De- 
partment of State Police for his infornation, 


The Engineer presented drawings for a county bridge over the Nestucca 
River on the county road at Pacific City, Tillamook County, approval of which 
by the Commission is required by law as a prerequisite to the county securing 
permission from the United States War Department to erect the structure. He 
explained that, while this structure is not on a state highway and is one in 
which the State Highway Commission has no particular interest, nevertheless 
it is necessary for the Commission to give its perfunctory approval of the 
plans in order to comply with the statute, particularly paragraph 12, Chapter 
189, of the General Laws of Oregon, 1925, which provides that "no bridge shall 
be constructed over or across any navigable water wholly or in part within 
this state or over lands lying between high and low water on any navigable 
stream within or forming the boundary of this state unless and until the plans 
of such bridge and the elevation and clearance thereof shall be first approved 
by the State Highway Commission." He said that the bridge under discussion has 
already been erected by the county and that it has been examined by the bridge 
engineer who declares it to be structurally sound. He recommended approval of 
the drawings. After discussion the Commission, by unanimous vote, approved ~ 
the recommendation and authorized the Engineer to sign, in behalf of the Com- 
mission, the certificate on each drawing. 
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A letter was presented from Mr. Audrew Newhouse, attorney for 
Andrew Stambuck, operator of the Enegren Ferry on the Coos River Secondary 
Highway in Coos County, in which letter Mr. Newhouse points out that it has 
been the practice of Mr. Stambuck and former operators of this ferry, to 
provide powerboat service for foot passengers during the times when ferry 
service had to be discontinued by reason of high water. Mr. Newhouse gave as 
ais interpretation of the contract that Mr. Stambuck would not be obligated 
to furnish such powerboat service, However, should he discontinue it he 
would undoubtedly incur the ill feeling of the persons who are benefited 
thereby and for that reason is asking the Commission to waive the deductions 
provided for in the contract during periods when the ferry is not operating 
on account of high-water conditions and when he operates his powerboat, and, 
if the Comission cannot see fit to modify the contract in such regard, that 
the Commission provide suitable signs at the approaches to the ferry infor 
ing the public that Mr. Stambuck is not obligated to furnish powerboat serv- 
ice when the ferry cannot run during high-water periods. after discussion of 
this matter the Engineer recomended that the Commission do not modify the 
provisions of the contract, but in lieu thereof give sr. Stambuck authority 
to erect signs as suggested by Mr. Newhouse stating that the ferry will not 
be operated during periods of high water. The Commission approved the rec- 
omuendation unanimously, 


A letter was presented from G. T. McClean, City ‘anager of Astoria, 
requesting financial assistance from the State Highway Commission in paying 
for the city's proposed street-lighting system which is estimated to cost 
about $3,000.00. He advised that the city does not have funds available to 
pay the entire cost and that it is the thought of the city commissioners that 
the state highway department might pay a portion of the expense in view of 
the fact that the poorly lighted portion of the city is along the new route 
of the state highway. The Commission denied the request for the following 
reasons: lack of established policy with respect to such matters, and the 
inability of establishing a policy at this time because of pressing demands 
for funds for other purposes. The Fngineer was instructed to so inform the 
city manager. 


The Commission discussed matters pertaining to the Front Avenue 
project in Portland, particularly the matter of the award of the contract 
for reconstruction of the west approach to the Hawthorne Bridge, bids for 
which were taken by the Commission on December 18, 1940, the low bid being 
submitted by Frank Watt Construction Company. The Engineer advised that Pub- 
lic Utilities Commissioner Ormond R, Bean expects to hold a hearing on the 
Front Avenue project about the middle of February and gave as his thought 
that it would be inadvisable to award the contract for the Hawthorne Bridge 
project until after this hearing. He pointed out that according to the pro- 
visions of the proposal the Commission cannot hold the proposal of the Frank 
Watt Construction Company longer than 30 days after bids are received, and 
in this case that would mean not longer than January 18, 1941, unless the 
contractor will agree to take the job after that date. He was instructed by 
the Commission to contact the Frank Watt Construction Company and ascertain 
its attitude in regard thereto. Mr. Watt was contacted by telephone and 
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made by the State Highway Department in the survey of this road and the survey 
of the Nehalem Highway between Fish Hawk Falls and Astoria, all of which work 
it is proposed to perform with WPA forces. The Engineer advised that a recon- 
naissance survey only has been made of this project and it is estimated that 
the work between Ranger Station and Fish Hawk Falls can be done by contract 
for about $370,000 whereas it will cost approximately $750,000 to do the work 
as a WPA project, of which amount the state's share is estimated approximately 
$60,000, The Engineer was instructed to contact the WPA officials and inform 
them that this project is one that would not normally be undertaken by the 
State Highway Commission for several years; however, in view of the importance 
and urgency of the project for national defence the Commission is willing to 
sponsor the sane at this time but cannot contribute more than $60,000 of state 
funds to finance it. Also, that the state will make the survey of the proj- 
ect and will purchase the right of way. The Comaission thereupon authorized 
the Engineer to make a definite location survey of the road, 


The Engineer reported on the request of Albany School District No. 
5 for permission to use the area between the sidewalk and the school-ground 
fence along the Pacific Highway East in Albany. He said that the area in 
question is lune-shaped being about 200 feet long and about ten feet wide at 
the center, tapering to nothing at each end; further, that it is two or three 
feet lower than the highway roadside shoulders and, while the slope has been 
planted to shrubbery, the lune itself is undeveloped. At the present time, 
he said, the school district maintains an unsightly board fence approximately 
eight feet high along the right of way line, but it is the plan of the school 
district, if the +tighway Commission will grant the necessary permission, to 
replace this fence with an industrial tight-woven wire fence with steel posts 
set in concrete and to plant fast-growing shrubbery along the same to act as 
a screen. They would like to erect this fence on the highway right of way so 
as to give the school grounds a little more room, He recommended the grant- 
ing of the request subject to the condition that the fence do not encroach on 
the highway more than six feet at the widest point and that the school dis- 
trict will agree to remove the fence any time in the future that the area is 
needed for highway purposes or if it interferes with traffic requirements. 
The Commission approved the recommendation and ordered that the matter be 
covered by appropriate agreement. 


Reconsideration was given by the Commission to the request of J. W. 
Harrison, Portland, for access to the Pacific Wighway East at the Union Avenue 
viaduct in Portland, involving the cutting of the viaduct handrail. The Engi- 
neer recalled that the Comaission, at a previous meeting, indicated that it 
would not grant this request in the event it had legal authority to prevent 
right of access at this point. The Attorney advised that he has read the law 
covering such matters and has also read court rulings on the subject and it 
is his opinion that the Commission cannot deny Mr. Harrison right of access 
to the highway although he can be required to pay whatever cost or expense 
may be incurred in providing such access, In view of the Attorney's opinion 
the Commission decided unanimously to permit Mr. Harrison right of access as 
requested provided he will deposit with the Commission,in advance of construc- 
tion, the estimated cost of doing the work which is about $200, and provided 
further that the work be done by state forces. 
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Stock Pile - 


4-1447 - Mile Post 3.0, Necanicum Highway, Clatsop County. 
lst authorization - $100.00 


Plans - - - — 105-1423 - Banzer Bridge-Mist Section, Nehalem Highway, Colum 


bia County. lst authorization - $650.00 
Plans ---- 92826 - Bend-Chemult Section, The Dalles-California Highway, 
Deschutes County. 2nd authorization - $700.00 
Total to date 91,400 
Plans - - - - 209-1439 - errebonne-Lower Bridge Section, Deschutes County 
Road, Deschutes County.1st authorization - $800.00 
Sidewalk - - - 9-1440 - Sisters Section, McKenzie Highway, Deschutes County. 
lst authorization - $100.00 
Plans - — - — 110-1429 - Days Creek-Milo Section, Tiller-Trail Highway, 
Douglas County. ist authorization - {4800.00 
Plans --- - 10-1422 - Dillard Bridge Section, Pacific Highway, Douglas 
County. 3rd authorization - $250.00 
Total to date $1,050.00 
Plans --- — 12-1425 - Prairie City-Dixie Summit Section, John Day Highway, 
Grant County. 1st authorization — $2250.00 
Plans -- - = 14-1417 - Mitchell Point Section, Columbia Highway, Hood River 
County. lst authorization - {100.00 
Plans ---- 15-1426 - Prospect-Cascade Gorge Section, Crater Lake Highway, 
Jackson County. lst authorization - %100,00 
Location - - — 115-1425 - Lake Creek-Little Butte Creek Section, Little Butte 
Highway, Jackson Co, 2nd authorization - $725.00 
Total to date $2,100.00 
Stock Pile - - 17-1412 - California Line-Waters Creek Section, Redwood High- 
way, Josephine County, 1st authorization - §250,00 
Quarry --- 17-1413 - Graves Creek-Jump-off Creek Section, Pacific High- 
way, Josephine County. lst authorization -$1000.00 
Aero --- - 18-1450 - Klamath Falls Vicinity, Klamath County. 
lst authorization - 9275,00 
Location - - - 18-1452 - Modoc Point-Barclay Springs Section, The Dalles- 
Calif.Hwy.,Klamath Co. 2nd authorization - $1600.00 
Total to date $4800 00 
Right of Way - 18-1453 - Sun Mt. Viewpoint, The Dalles-California Highway, 


Klamath County. lst authorization - $50.00 
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stated his willingness to accept the contract even if the award is delayed 
until after January 18, 1941, provided he is assured by his bondsmen that 
they would write the contract bond. In view of this report the Commission 
instructed the Secretary to return to the Frank Watt Construction Company its 
certified check bid deposit on January 18, 1941. 


The Engineer presented a list of surveys that he has ordered since 
the last meeting of the Commission and asked the Commission to confirm them 
and the amounts allocated for each. After due consideration the Commission 
authorized and instructed the Engineer to make such location surveys on vari- 
ous sections of the highways of this state, which said sections of highways, 
together with their identifying location survey numbers and the amounts auth- 
orized and allocated for such survey expenditures are as follows: 


Plans ---- 1-1424 - Huntington Section, Old Oregon Trail, Baker County, 
lst authorization - $200,00 


Plans 1-1425 - Unity Scale Site, John Day Highway, Baker County. 
lst authorization - $60.00 


Plans 102-1423 - Plunket Creek-Reai Creek Section, Kings Valley High- 
way, Benton County. lst authorization - $500.00. 


102-1423 - Plunket Creek-Read Creek Section, Kings Valley High- 
way, Benton County. 2nd authorization - $400.00 
Total to date $900.00 


Corvallis Section, Corvallis-Newport Highway, Benton 
County. lst authorization - $100.00 


Oswego Section, Oswego Highway, Clackamas County. 
lst authorization -y1,000.00 


N. Unit, Oregon City Section, Pacific Highway East, 
Clackamas County. lst authorization - $225.00 


Gearhart-Seaside Section, Oregon Coast Highway, 
Clatsop County. 2nd authorization - $200.00 
Total to date $400 


Astor St.- Bond St. Section, Oregon Coast Highway, 
Clatsop County. lst authorization - $150.00 


Warrenton Section, Ft. Stevens County Road, Clatsop 
County. lst authorization - $400.00 


Plans Necanicum Jet.- Nehalem Riv.Section, Wolf Creek 
Highway, Clatsop Co. . Ist authorization - $150.00 


Location Camp Clatsop-Ft. Stevens Section, Ft. Stevens County 
Road, Clatsop County, lst authorization ~$3000 00 
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Plans - - — ~ 229-1433 - Johnson Bridge-Peltz Cor, Sec., Trask River Loop Co. 
Road, Tillamook Co. lst authorization - $1080.00 
Location - - - 33-1428 - Celilo Indian Village Sec., Columbia River Highway, 
Wasco County. lst authorization - $980.00 
Plans --- —- 34-1427 - Davies-Barnes Road Section, Wolf Creek Highway, 
Washington County. lst authorization - $3700.00 
Scales - - - - 35-1416 - Kinzua Scale Site, John Day Highway, Wheeler County 
1st authorization - $60.00 
Test Holes -- 1-1426 - Keating Road-Ruckles Creek Section, Baker—Homestead 
Highway, Baker County. lst authorization - $300.00 
Location --- 4-1449 - Astoria-Tongue Point Section, Columbia River High- 
way, Clatsop County, Ist authorization - #1000 .00 
Location - - — 204-1448 - Humbug-Fishhawk Falls Sec., Wolf Creek-Nehalem High- 
way, Clatsop County. 1st authorization - $3600 .00 
Reconn. ---— 6-1422 - Noble Creek-Bear Creek Sec., Oregon Coast Highway, 
Coos County. lst authorization - $1500.00 
Plans ---- 12-1426 - Seneca-Harney County Line Section, John Day-Burns 
Hwy., Grant County. lst authorization - $3070.00 
Plans - - - - 113-1416 - Hanley Lane Section, Frenchglen Highway, Harney 
County. lst authorization - $1840.00 
Plans ---- 17-1414 - Grants Pass-South Section, Pacific Highway, Joseph- 
ine County. lst authorization - $500.00 
Plans ---* 20-1445 - Divide-Douglas Co. Line Section, Pacific Highway, 
Lane County. lst authorization - 350,00 
Right of Way - 21-1444 - Otis Junction-Ocean Lake Section, Oregon Coast Hwy., 
Lincoln County. lst authorization - $14.00 
Location - - - 123-1422 - Jordan Valley Section, I.0.N. Highway, Malheur 
County. 2nd authorization - 9300.00 
Total to date $800.00 
Plans - - - - 223-1423 -— Cow Hollow-llyssa-Adrian Jct. Sec., Vale-Adrian Hwy., 
Malheur County. 1st authorization - $300.00 
Plans ---- 24-1436 - Illahee School-Albany Section, Pacific Highway East, 
Marion County. 2nd authorization - $4625.00 
Total to date $5525.00 
Plans - --- 25-1409 - Jones Hill-Lena Section, Heppner Highway, Morrow 
County. lst authorization - 400.00 


10 194T J 


Right 


Plans 


Plans 


Plans 
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Stock Pile 


Location - 
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119-1425 - Warner Canyon-Sumnit Section, Warner Highway, Lake 


19-2819 - 


County. lst authorization $2100.00 


Forest Boundary-Cottonwood Creek Section, Klamath 
Falls-Lakeview Highway, Lake County. 

4th authorization $200.00 
Total to date $1300.00 


Cottage Grove Section, Pacific Highway, Lane County, 
lst authorization $200.00 


Goshen-Lowell Section, Willamette Highway, Lane 
County. 2nd authorization $1112.50 
Total to date $10,912.50 


Goshen-Lowell Section, Willamette Highway, Lane 
County. 3rd authorization $727.50 
Total to date $11,640.00 


21-1442 - Waldport-Yachats Section, Oregon Coast Highway, 


: 22-1426 - 


22-1427 


22-1428 


124-1433 


224-1434 


124-1435 


24-1436 


26-1447 


27-1416 


128-1411 


Lincoln County. lst authorization $500.00 


Crabtree Cor.-Lebanon Section, Santiam Highway, 
Linn County. lst authorization $1860.00 


Canyon Creek-Bryant Hill Section, Santiam Highway, 
Linn County. lst authorization $1200,00 


Albany-Jefferson Section, Pacific Highway East, 
Linn County. lst authorization $100.00 


Silverton-Silver Creek Falls Section, Silver Crk. 
Falls Hwy.,Marion Co. ist authorization $60.00 


Middle Grove-Silverton Section, Silverton County 
Road, Marion County, 1st authorization $3000 ,00 


Silverton-Pine Tree Corner Section, Cascade Highway, 
Marion Vounty. lst authorization 65,00 


Illahee-Miller Creek Section, Pacific Highway East, 
Marion County. lst authorization $900.00 


Interstate Bridge Section, Pacific Highway, Multno- 
mah County. lst authorization $500.00 


Rickreall Section, Salem-Dallas Highway, Polk County 
lst authorization $100.00 


W.Unit, Fulton Canyon Sec., Fulton Canyon-Wasco Hwy» 
Sherman County. lst authorization $750.00 
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advised that the reason given by the contractor for overrunning the 
time limit is correct; that the contractor was required to furnish 
additional materials needed for oiling operations by the state oil- 
ing crew on the Oregon Coast Highway during the past oiling season 
and that the 15-days' time was required to produce this material. 
Fe recommended in view thereof that the extension of time requested 
be granted without penalty. The Commission approved the recommend- 
ation unanimously. 


Odom Construction Comoany, contract No. 2257, for widening the 
bridge over Depoe Bay on the Oregon Coast Highway, in Lincoln County, 
requested an extension of time from August 31 to November 15, 1940, 
within which to complete tnis job. They gave no reason for failure 
to complete the project within the specified time limit. The Engi- 
neer advised that the date of completion specified in the contract 
was August 31, 1940; and that certain changes were made in the plans 
for the work which involved an increase in quantities. The entire 
project, he said, should have been completed by September 14, 1940. 
He recommended the granting of a 14-day extension of time, from 
August 31 to September 14, without penalty; and the granting of a 
further extension, from September 15 to November 15, 1940, inclu- 
sive, subject to the condition that the contractor shall reimburse 
the state for extra engineering expense incurred by the state dur- 
ing such period, A letter was presented from the Public Roads Ad- 
ministration concurring therein. The Commission approved the rec- 
ommendation unanimously. 


Willamette Iron and Steel Corporation, contract No. 2313, for 
furnishing of steel for the Strassel Undercrossing on the Wolf Creek 
Highway, in Washington County, requested an extension of time from 
August 10 to November 30, 1940, within which to complete this proj- 
ect. They attributed their failure to com,lete the project within 
the specified time limit to the fact that their shops were too bus- 
ily engaged in other work to permit the fabrication of the steel 
for this job. The Engineer advised that the contract called for 
the steel to be ready for shipment to the job 100 days after the 
award of the contract. Further, that the contractor had the steel 
ready for delivery within such period but did not ship it until 
November 30, 1940, because the Southem Pacific Company, which was 
responsible for the installation of the steel, did not have a crew 
available to do the work. He recomnended in view of the circum- 
stances that the extension of time requested be granted without 
penalty. A letter was presented from the Public Roads Administra- 
tion concurring therein. The Commission approved the recommenda- 
tion. 


William Zickler, contract No. 2341, for construction of a 
bridge over Canyon Creek on the John Day Highway, in the tow of 
John Day, Grant County, requested an additional extension of time, 
from November 30 to December 7, 1940, within which to complete this 
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Test ---- 26-1448 - Rooster Rock Section, Columbia River Highway, Mult- 
nomah County. lst authorization — $146.00 


Right of Way 27-1417 - W. Approach Willamette River Bridge, Salem-Dallas 
Hwy., Polk County, lst authorization - 9100.00 


Plans 129-1434 - Trask River Bridge Crossing, Netarts Highway, Tilla- 
mook County. lst authorization -— $100.00 


Plans 30-1431 - Pendleton-Adams Section, Oregon-Washington Highway, 
Umatilla County. lst authorization - $150.00 


131-1422 - Meadow>rook Section, Starkey Highway, Union County. 
lst authorization - $900.00 


135-1417 - Chichester Gulch-West Section, Shaniko-Fossil High- 
way, Wheeler County. 1st authorization - $1,150.00 


The Commission had under discussion the following requests for ex- 
tensions of time within which to com»lete highway construction projects: 


McNutt Bros., contract No. 2232, for construction of bridges 
on the “ater Street Section of the Pacific Highway East in Oregon 
City, Clackamas County, requested an extension of time from June 30 
to Novenber 2, 1940, within which to complete this job. They gave 
no reason for failure to complete the project within the specified 
time limit. The Engineer advised that this contract was awarded on 
October 4, 1939, and the date of completion specified was June 30, 
1940. However, on account of high water in the Willamette River the 
contractors were directed to discontinue work on the stairway lead- 
ing under the viaduct on May 20, 1940, and were not allowed to resume 
operations until August 5, 1940. All work on the original contract, 
he said, was com»leted on September 12, 1940; however, it was not 
until November 2, 1940, that the contractors completed the work under 
extra work orders. He recommended, in view of the fact that the 
overrun in time was due entirely to closing down of the work by the 
State Highway Department and to the extra work, that the extension 
of time requested be granted without penalty, A letter was present- 
ed from the Public Roads Administration concurring therein. The 
Comission approved the recommendation by unanimous vote, 


Washington Hauling Company, contract io. 2250, for furnishing 
crushed rock in stock piles for the Hebo-Oceanlake Section of the 
Oregon Coast and Salmon River Highways, in Lincoln and Tillamook 
Counties, requested an extension of time of 15 days, from ay 31 to 
June 15, 1940, within which to complete this job. They attributed 
their failure to complete the project within the specified time 
limit to additional work ordered by the Engineer. The Engineer 
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Contract No. 2341, with William Zickler, for construc- 
tion of a bridge over Canyon Creek in John Day on the John 
Day Highway, Grant County. Completed December 7, 1940. 


THUR" FORE, BE IT RESOLVED that the work covered by said 
state highway contracts for the construction of said state highway 
projects be declared completed according to the terms of the re- 
spective contracts, and said jobs are hereby accepted and final 
payment in connection with each is hereby authorized. 


The Commission considered and signed agreements, et cetera, as 
follows: 


Agreement with ‘faurice G. Roy and wife regarding right of way 
settlement at Pilot Rock. Right of way transaction No. 8516. 


Agreement with Northern Pacific Railroad Company providing for 
slope encroachment on railroad property at Goble. Right of way 
transaction No. 8525. 


Agreement with First National Bank of Portland cancelling lease 
on parcel of land used as a gravel pit in Curry County. Right of 
way transaction No. 1947. 


Agreement with Sherman County providing for improvement of the 
Maryhill Ferry Road, 


Agreement with the Pacific Telephone and Telegraph Company 
covering right of way for the company's telephone pole line in 
connection with the Sexton Mountain project. 


Agreement with the United States of America covering construc- 
tion of a fence by Federal Grazing Administration along the Powder 
River Canyon Section of the Baker-Homestead Highway. 


Lease agreement with 0, D. Keiffer providing for use by mr. 
Keiffer of 6.14 acres of state-owned land adjacent to the Wallace 
Road Secondary State Highway, in Polk County, at the rate of 425 
annually. 


Roadway easement authorizing Port of Umpqua to construct a 
roadway under the Umpqua River Bridge at Reedsport. 


Ground lease providing for maintenance of a snow fence adja- 
cent to the John Day Highway near Unity. 
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Bargain and Sale Deed conveying unto T. R. Maxwell 1.19 acres 
of land in Enterprise. Right of way transaction No. 2633. 
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job. He gave no reason for failure to complete the job within the 
specified time limit but stated that the work remaining to be done 
after October 31 simply consisted of cleaning up the site and re- 
moval of the old bridge. The Engineer advised that the Commission 
previously granted a 30-day extension of time within which to com- 
plete this job, the first seven days of which were without penalty 
because of an increase in quantities, although the Commission ordered 
that the contractor be charged with the extra engineering expense in- 
curred by the state subsequent to such seven-day period. He further 
advised that he knows of no reason why this penalty should be modi- 
fied and why the contractor should not be charged the extra engineer- 
ing expense incurred by the state during this additional extension 

of time. He accordingly recommended the granting of the extension of 
time now requested subject to the contractor being charged for all 
engineering expense incurred by the state subsequent to November 7, 
1940. A letter was presented from the Public Roads Administration 
concurring therein, The Commission approved the recommendation. 


The Engineer reported that contracts Nos, 2232, 2250, 2257, 2313, and 
2341, for the construction of state highway projects, have been completed ac- 
cording to the requirements of the contracts or modifications thereof, and 
that said jobs are now ready for acceptance. The following resolution accept- 
ing the above projects was offered and was adopted by the unanimous vote of 
the Commission: 


WHEREAS, the Tngineer has reported that the following 
State Highway Commission contracts for the construction of state 
highway projects have been completed according to the terms and 
provisions of the contracts and said jobs are now ready for ac- 
ceptance: 


Contract No. 2232, with iicNutt Brothers, for remodel- 
ing the approach to an existing bridge over the Willamette 
River and construction of a concrete viaduct on the Water 
Street Section of the Pacific Highway East, in Oregon City, 
Clackamas County. Completed November 2, 1940. 


Contract No. 2250, with Washington Hauling Company, 
for furnishing crushed rock in stock piles on the Hebo-Ocean- 
lake Section of the Oregon Coast and Salmon River Highways, 
in Lincoln and Tillamook Counties. Completed June 15, 1940. 


Contract Wo. 2257, with Odom Construction Company, 
for remodeline and widening the concrete bridge over Depoe 
Bay and construction of approaches thereto, in Lincoln Coun- 
ty. Completed November 15, 1940. 


Contract No, 2313, with Willamette Iron & Steel Cor- 
poration, for furnishing structural steel for the Strassel 
Grade Separation Project on the Wolf Creek Highway, in Wash- 
ington County. Completed lovember 30, 1940. 
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Portland, Oregon, January 21, 1941 


The State Highway Commission met in regular session at 9:00 o'clock 
a. M. in the auditorium of the Public Service Building. Present were: 
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Henry F. Cabell, Chairman 

Huron . Clough, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


Commissioner Herman Oliver was excused from attending this meeting. 


Bids as follows for highway construction projects and for the sale 
of buildings were opened and read in conformance with previously published 
notice, following which Chairman Cabell announced that the award of contracts 
would be made at 3:30 p. m, in the same room: 


Sora ce Maden lee Pape 
* - COSTS: 
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BAKER-HOMESTEAD HIGHWAY 
FLAGSTAFF HILL-RUCKLES CREEK SECTION 
GRADING, TOPPING, SURFACING AND OILING 


R. O. Dail & Warren Bros., Portland $66,747.10 
%. C. Hall Company, Eugene 73,275.00 
Leonard & Slate, Multnomah 74, 260.00 
Triangle Construction Co., Boise, Idaho 74,497.00 
Labler Bros., Portland 74,550.00 
M. Le O'Neil & Son, John Day 80,254.50 
McNutt Bros., Eugene 84,241.50 


KINGS VALLEY SECONDARY HIGHWAY 
PLUNKETT CREEK-READ CREEK SECTION ~ GRADING, SURFACING AND OILING 


Using Asphalt Using Tar 


M. L. O'Neil & Son, John Day $46, 717.30 
®. C. Hall Co., Eugene =~ te 47,468.00 
Babler Bros., Portland --- 52,048.00 
Berke Bros., Portland $52,256.50 52,194.90 
E. H. Itschner, Molalla - © © 54,341.50 
E. L, Gates, Trail 56,956.90 56,980.90 
McNutt Bros., Eugene 58,586.40 58,586.40 
E. J. Eldon, Portland 65,280.00 65,188.00 
Edlefsen-Weygandt Co., Portland 66,551.00 - - - 
COLUMBIA RIVER HIGHWAY 
SCAPPOOSE-ST. HELENS SECTION - REMODELING BRIDGES 
R. G. Barnes, Astoria #29 , 744.00 
A. Milne, Portland 29,998.00 
McNutt Bros,., Eugene 35,162.50 


(Continued on next page) 


Bargain and Sale Deed conveying unto Lars P. Peterson and wife 
certain lots in Block 18, Hasburg's Addition to Marshfield. Right 
of way transactions Nos. 3250, 8251, 8252, and 8253, 


Bargain and Sale Deed conveying unto A. B, Reese 1,624 sq. ft. 
of land in Brookings. Right of way transaction No. 8022, 


Bargain and Sale Deed conveying unto Sunset Logging Company 80 
acres of land in Tillamook County, being in exchange for other prop- 
erty. Right of way transaction No. 2069. 


Bargain and Sale Deed conveying unto W. L. Crissey 5,771 square 
feet of land situate in Lots 1, 2, 3 and 4, Block 15, Brookings. 
Right of way transactions Nos. 7700, 7705, and 7706. 


Bargain and Sale Deed conveying unto James A. Davenport and wife 
0.41 acre in the Southeast Quarter of the Southeast Quarter of Sec- 


tion 24, Township 13 South, Ranse 12 West,W.M.,Lincoln Co. Right of 
way transaction No. 4475-A. 


There being no further business to come before the Commission at 
this time the meeting was adjourned at 5:00 p. m. 


"State Highway oe Chai 
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SALE OF BUILDING IN BANDON 


tuilding No. 7857-+A (Known as Koffee Kup Cafe) 


L. S. Bernetz, Bandon $500.00 
SALE OF BUILDING AND TRACT OF LAND 
IN SALEM 
Building No. 5785 (Former owner Duane Gibson) 
F. J. Tschaner, Salem $210.30 
Clinton Perkins, Salem 190.00 
Jack Henningser, Salem 186.00 
Otto H. Timm, Salem 176.00 
Kenneth Dodd, Eugene 163.00 


Tract "A" (Former omers E. A. Jackson and Duane Gibson) 


Virgil T. Golden, Salem $950.00 
L. VY. Benson, Salem 650,00 
Otto F. Johnson, Salem 527.50 
Wm. Clinton Davisson, Lake Grove - 355.50 


Mr, L. J. Simpson, Empire, Oregon, was present and presented a peti- 
tion signed by the following: Coos Bay Gateway Chamber of Commerce, City of 
Empire, City of North Bend, North Bend Chamber of Commerce, City of Marshfield, 
and the Marshfield Chamber of Commerce, in which petition the Commission was 
urged to complete construction of the Cape Arago Secondary State Highway to 
Cape Arago State Park, a distance of about three miles. Mr. Simpson advised 
that they are asking for the same type of construction as has been provided 
on the adjoining section of this road, and that they will not be satisfied 
with a temporary job. He offered to donate right of way across his holdings 
for this purpose, He advised that rock for the improvement of the south jetty 
at Coos Bay is being secured from a quarry near his "Shore Acres" home and 
that about 100,000 tons of rock are to be taken from this place, all of which 
will have to be transported over the Cape Arago Secondary Highway which in 
his estimation is another argument in favor of the improvement of the road. 
Mr. Simpson was informed by the Commission that highway construction in Coos 
County is quite expensive and that the Commission is now spending considerable 
sums in that district; further, that the Commission is glad to have been able 
to improve the Cape Arago Secondary Highway as far as it is completed but 
cannot see its way clear at the present time to order additional work as it 
is a question of finances and the funds available to the Commission are lim- 
ited, 


County Commissioner E. E, Varco, Deschutes County, and Mr. Don 
Peoples, Secretary of the Bend Chamber of Commerce, came before the Commission 


(Scappoose-St, Melens Section continued) 


Babler Bros., Portland $35,587.50 
C. J. Montag & Son, Portland 36,979.50 
Birkemeier & Saremal, Portland 37,147.50 
Frank Watt Construction Co., Portland 37,431.20 


COOS BAY-ROSEBURG HIGHWAY 
ENDICOTT CREEK-BEAR CREEK ROCK PRODUCTION 


A. S. Wallace, Roseburg 11,787.50 
Gus Reichow, Forest Grove 14,097.00 
C. J. Eldon, Portland 16,317.50 
Homer G, Johnson, Portland 17,320.00 


CENTURY DRIVE SECONDARY HIGHWAY 
BEND-FORI'ST BOUNDARY SECTION - GRADING, SURFACING, OILING 


Babler Hros., Portland $39 , 549.00 
Joslin & McAllister, Spokane, Wash. 43,117.75 
R. ©. Dail & Warren Bros., Portland 47,474.50 
A. Milne, Portland $1, 211.00 
Clifford A. Dunn, Klamath Falls 54,579.50 


COOS BAY-ROSEBURG HIGHWAY 
BEAR CREEK-COOS JUNCTION ROCK PRODUCTION 


A. S. Wallace, Roseburg $16,000.00 
C. J. Eldon, Portland 20,900.00 
Homer G. Johnson, Portland 23,137.50 


LITTLE BUTTE SECONDARY HIGHWAY 
LAKE CREEK-HANLEY RANCH SECTION - GRADING AND BRIDGE 


E. L, Gates, Trail $25,509.50 
Leonard & Slate, Multnomah 28,071.50 
Coos Bay Dredging Co., Marshfield 28,133.95 
E. C. Hall Co., Eugene 30,009.00 
McNutt Bros., Eugene 35,663.50 
R. I. Stuart & Son, Medford 36,158.00 


THE DALLES-CALIFORNIA HIGHWAY 
KLAMATH AGENCY-MODOC POINT SECTION - ROADSIDE IMPROVEMENT 


L. Gates, Trail $10,625.00 


PACIFIC HIGHWAY 
INTERSTATE BRIDGE - INSTALLING ELECTRICAL EQUIPMENT 


Dimitre Flectric Co,, Portland $2,850.00 
W. R. Grasle Co., Portland 3, 740,00 
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wat is known as the Slide Irrigation District. He advised that the Highway 
Commission purchased this y»roperty in good faith with the understanding that 
all assessments against the property had been paid. However, it now appears 
that there are $88,00 due now as an assessment to pay certain bonded indebt- 
edness which is in default, the authority for the assessment having been 
granted the bond committee by the circuit court, which committee is eomposed 
of certain persons who are not original bond holders and do not represent 
original bond holders. He gave as his thought that this assessment is not a 
legal claim against the state, hence the Commission cannot be forced to pay 
it. After considerable discussion and in view of the Attorney's report, the 
omission decided not to pay the claim. 


Mr. Sam Browne, Jr., Tyler, Texas, came before the Commission and 
requested authority to operate over certain state highways truck and semi- 
trailer equipment which exceeds in dimension the limits provided by the Ore- 
gon statute, being 12 feet 6 inches high and 42 feet long. He advised that 
he is waking arrangements to purchase fern in the state of Oregon aid also in 
the state of Washington for transportion to Texas; that his equipment, which 
is refrigerated equipment, is legal in the state of Texas but is apparently a 
little higher and a little longer than is permitted in Oregon; also, that he 
plans to make two trips per month into Oregon with this equipment and that at 
the present time his operations will be confined to the Pacific Highway al- 
though at some future time he will probably want permission to extend his 
operations across the state of Oregon into the state of Washington. He fur- 
ther advised that he has already secured permission to operate this equipment 
across the intervening states and that the only barrier at the present time 
is the securing of a permit from the state of Oregon to operate in that state, 
After discussion the Commission authorized the granting of such permit until 
the Oregon Legislature, which is now in session, adjourns, at which time the 
aatter is to be reconsidered, provided Mr. Browewill furnish the customary 
amount of public liability and property damage insurance. 


The Commission discussed a communication from Mr. Charles E, Blaess, 
Shady Grove, Oregon, requesting the privilege to conduct mining operations 
on state-owned property adjacent to the Crater Lake Highway near Casey State 
Park, in Jackson County, and decided to adhere to its present policy in regard 
to such matters, whieh prohibits such operations on property owned by the 
state. 


The Attorney requested instructions relative to the occupation of 
Casey State Park by a Mrs. Inez Van Dyke. He recited the history of this 
case and advised that, as previously instructed by the Commission, he has 
ordered iirs. Van Dyke to vacate the state's premises but she refuses to do 
SO. The Commission instructed the Attorney to take necessary legal steps to 
evict her from the premises. 


The matter of maintaining a free flow of water in the irrigation 
canals and siphons of the West Extension of the Umatilla Irrigation Project, 
where such canals and siphons are crossed by the new highway between Boardman 
and Stanfield, had the attention of the Commission, he Attorney advised that 
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in the interests of the Warm Springs Highway. Theyasked for additional im- 
provements thereon and urged the early completion of this road so that it 
will be available for general public use at the earliest time. The Commis- 
sion agreed to inspect the road some time next summer when it is in that 
vicinity. 


Mr. Varco presented a petition signed by numerous property owners 
and a letter from the Deschutes County Court requesting the improvement of 
the O'Neil Secondary State Highway No. 370. The Commission took the matter 
under advisement. 


Mr. Vareo also asked for information in regard to the construction 
of the Cascade Lakes Forest Highway (Century Drive Highway) west of Bend, 
He was given no definite information in regard thereto, 


Mr. C. E. Burgess, Fossil, conferred with the Commission in regard 
to the survey that is being made for the improvement of the Shaniko-Fossil 
Secondary Highway in the vicinity of Clarno. He stated that engineers are 
now making the survey and, according to the stakes that have been set, it 
appears that the road is to be located across bottom lands that are the only 
lands in the vicinity of any value and, if such route is adopted by the Com- 
mission, it will ruin the property owners. He urged the Commission not to 
adopt such location and offered to give right of way across his holdings if 
the Commission would place the road at a higher elevation; otherwise, he 
said, he and the other property owners would expect to be paid heavy damages. 
The Engineer advised that the surveys now being made are not final and that 
before a definite alignment has been decided he would give the matter very 
careful study. Chairman Cabell assured Mr. Burgess that one of the engi- 
neers would inspect the proposed location with him before the Commission takes 
final action, 


The Attorney brought up for discussion the question of payment of a 
sewer assessment in the city of Ontario. He explained that this matter had 
the attention of the Commission at a previous meeting at which time the Com- 
mission decided not to pay this sewer assessment unless it could be shown 
that the State Highway Department would receive benefits therefrom. He read 
aloud a letter from the city stating that the new sewer now being installed 
is to replace an old sewer that serves the State Highway Department premises, 
and that upon completion of the new sewer the city does not intend to main- 
tain the old one. He advised that the assessment amounts to $210,00. It 
was the opinion of the Commission that the State Highway Department should 
pay assessments of this kind the same as do other property owners, It ap- 
peared to the Commission from the information at hand that the state would 
receive benefits in this particular instance and accordingly the Commission 
authorized payment of the assessment in the event that further investigation 
confirms its conclusions, The matter was referred to the Engineer for such. 
further investigation, 


The Attorney also brought up for discussion the matter of payment 
of an assessment against property owned by the State Highway Commission in 
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name plates, 695.63 claims presented by the California-Oregon Power Company 
for rearranging its water and power lines in the vicinity of the undercross- 
ing, and 31.85 for clains presented by the Southern Pacific Company. 


The expenditures of the California-Oregon Power Company and the 
Southern Pacific Company, he said, do not enter into the final settlement 
with the City of Klamath Falls, However, according to the agreement between 
the Commission and the city, the city is required to pay all items for which 
reimbursement cannot be secured from the federal government; hence the city, 
under such agreement, could be required to pay expenses totaling $2,198.39 
which represents expenditures made by the state for which reimbursement can- 
not be obtained from the government, He pointed out that the law authorizes 
the Commission to perform certain engineering services to counties and cities 
at state expense and he also pointed out that the city of Klamath Falls has 
deposited with the Commission the sum of $1,000.00 as a guarantee that it 
would pay the nonreimbursable items. He suggested, in order to close the 
books on this project, that the Commission assume the payment of the engineer- 
ing expense and accept the $1,000.00 deposited by the city of Klamath Falls 
as payment in full of its obligation in connection with this project. After 
discussion the Commission approved the suggestion by unanimous vote of the 
members present and instructed the Engineer to inform the Klamath Falls city 
council, 
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The Engineer reported that the city of Portland has plans for the 
diversion of traffic on Union Avenue. between Couch Street and Ankeny Street 
whereby it is proposed to route north-bound traffic between these points 
along Union Avenue, and south-bound traffic via Couch Street and N. E, Third 
Street and Ankeny Street; and in this connection the city is asking that the 
State Highway Commission acquire small parcels of land for widening the in- 
tersections at the northwest corner of Union Avenue and Couch Street and at 
the southwest corner of Union Avenue and Ankeny Street to facilitate the free 
flow of traffic at such points, He gave as his thought that the plan is a 
good one and would relieve considerably the traffic congestion on Union Averue 
which is a state highway route. He recommended approval of the city's request 
and that the Attorney be authorized to negotiate for the small parcels of land 
required. The Commission concurred in the viewpoint of the Engineer and there 
upon authorized the Attorney to negotiate for necessary land, 


A petition was presented from taxpayers and residents of Wasco, 
Sherman and Gilliam Counties requesting the oiling of the Sherars Bridge 
Secondary State Highway from its intersection with The Dalles-California High- 
way near Tygh Valley to the end of the graveled and graded section at the top 
of Sherars Grade. The Engineer estimated that it would cost about $26,000.00 
to do the work. On account of the expense involved and the limited amount of 
funds available to finance the work, the Commission decided against the im- 
provement at the present time; however, instructed the Secretary to inform 
the petitioners that the Commission will consider the project in the formula-— 
tion of future construction programs, 


The Engineer requested authority to post the following highways in 
Eastern Oregon for 50 per cent reduced load limits when such action becomes 
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an agreement had been prepared by the government covering this matter which 
was acceptable to the Highway Engineer in all respects except that the dis- 
trict demands that the State Highway Department assume the responsibility for 
keeping the canals and siphons free of debris, and guarantee that the free 
flow of water through these facilities will not be interfered with or inter- 
rupted, The Commission stated its willingness to keep the canals and siphons 
clear of debris so far as they are located on state highway rights of way but 
refused to guarantee that there would be no interference with the free flow of 
water beyond such limits. The Commission instructed the Attorney to so advise 
the government, 


The Commission discussed briefly and deferred action, until Commis- 
sioner Oliver is present, on the claim of Mr. John O'Gorman for damages in 
the amount of $100.00 which he alleges is the value of a number of sheep that 
were killed by a state highway department truck operating on the Klamath Falls- 
Lakeview Highway on November 7, 1940. 


The Attorney requested instructions with respect to the insurance 
coverage to be furnished in connection with the use of the Steel Bridge in 
Portland as a state highway route. He advised that, according to the agree- 
ment with the railroad companies, the Commission is required to protect the 
railroad companies by certain insurance which can be purchased at an annual 
premium of 5488.00 if protection is offered the railroad companies only. How- 
ever, if the Commission wishes the state, the State Highway Commission, and 
its employees also protected by this insurance the annual premium will be 
$1,221.88. The Commission decided to purchase insurance protecting the rail- 
road companies only. 


The Attorney reported the status of investigations with respect to 
the proposed suit against Ladd and Bush Bank, Salem, to collect the balance 
of the amount lost by reason of forgery committed by a former employee named 
W. L. Moorman, He was instructed by the Commission to discuss this matter 
with the Attorney General when the Legislature adjourns and ascertain whether 
or not the Attorney General is of the opinion that there is a chance to re- 
cover from the bank the amount of the loss which is approximately $2,000.00. 


The Oommission adjourned at 12;00 noon and reconvened at 1:30 p. m. 
in the same room with the same persons present and participating. 


The Engineer reported receipt of the final audit of the Public Roads 
Administration relative to reimbursement for expenditures made in connection 
with the construction of the Main*’Street Undercrossing in Klamath Falls, state 
highway contract No. 2120. He explained that this project is not on the state 
highway system but is on a city street in Klamath Falls which is not under the 
jurisdiction of the State Highway Commission or the Klamath County Court. 
Further, that it was financed with railroad grade separation funds provided 
by the federal government. According to the audit, he said, the Public Roads 
Administration rules nonreimbursable certain claims totaling 2,925.87 of 
which amount $1,441.49 represents preliminary engineering costs, $712.30 extra 
work performed in cleaning up excavation in the abutment sectior, $44.60 for 
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agreed to reimburse the state for the expense incurred in connection there- 
vith, The Engineer recommended approval of the request if there are no legal 
obstacles and provided the company will deposit with the Commission its certi- 
fied check in the amount of the estimated cost of the work, which he thought 
would not exceed 150 annually. The Commission approved the Engineer's rec- 
ommendation subject to the condition that advance payments of the estimated 
expense be deposited with the Commission and that the work do not extend 
beyond the point where the bridge crosses the state line. 


The Commission discussed a letter from State Senator Charles Childs, 
Albany, in which suggestion was made that the artificial lake in the state's 
sorrow nit located near the north city limits of Albany be named "Waverly 
Lake" in view of the fact that the tract of land on which the lake is situate 
was formerly known as "Waverly Orchard" tracts. The Engineer advised that 
Senator Childs also wrote Mr. Lewis A.iicArthur, Secretary of the Orezon Geo- 
graphic Board, regarding this matter and that he has received a copy of Mr. 
McArthur's reply in which Mr. McArthur advises that he personally can see no 
objection to so naning this lake, particularly in view of the fact that so 
far as he knows the name has not been used elsewhere in Oregon. He gave as 
his personal opinion that the name "Waverly Lake" is very appropriate and rec-— 
ommended adoption of the same, The Commission approved the recommendation 
and authorized the Engineer to erect apnropriate signs for public information, 


The Commission discussed the application of Kinzua Pine Mills Com- 
pany for permission to construct a private logging road across the Heppner— 


Spray Secondary Highway, in the Northeast Quarter (NEZ) of Section 35, Town= 
ship 6 South, Range 25 East, W. \i., Wheeler County. 


The Engineer advised that this matter has been investigated by 
Division Engineer Williams who reports that the company is building a high 
type logging road which they expect to use for many years and is very desirous 
of securing a convenient crossing that would be satisfactory in every respect 
and would not require maintenance of flagmen on the highway when logging 
trucks are crossing over it, The sight distance along the highway south of 
the point of crossing, he said, is unlimited, but is limited to the north due 
to the lower grade line of the highway, However, the company has agreed to 
reconstruct the highway grade along sueh section to provide at least 900 feet 
sight distance to the north, the work to be done at no expense to the state 
provided the Highway Commission will relieve the company of the responsibil- 
ity of maintaining flagmen at the crossing. After considerable discussion 
the Commission approved the company's proposition with the understanding that 
no flagmen will be required during daytime operations but that the company 
will maintain flagmen at the crossing to warn highway traffic if and when 
logging operations are carried on at this point during hours of darkness, and 
provided further that the company will furnish publie liability and property 
damage insurance in the customary amounts. 


The Engineer reported that in accordance with authority previously 
granted him by the Commission he has awarded the following contracts, bids 
for which were taken by the Commission at its meeting on December 17 and 18, 
1940, the conditions of the awards having been satisfied: 
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necessary: Nye Junction-Long Creek Section of the Pendleton-John Day Highway; 
Prairie City-Brogan Section of the John Day Highway, and the Weston-Elgin sec- 
ondary Highway through its entire length. He said that inspection of these 
roads reveals that, due to the many extreme cold and thawing spells, the oiled 
roads are in much worse condition this winter than they have been for years 
and in his estimation it will be necessary to reduce the maximum weight of 
loads that can be transported over them, otherwise they are very likely to 
break up during the period of thaw. He recommended adoption of the 50 per 
cent reduced load limit and the posting of signs at such time as investiga- 
tions reveal that absolutely necessary, which he thought would be about the 
first of February. He also recommended that notification be given to the 
various mill owmers in the meantime that reduced load limits are anticipated 
and that the suggestion be made to them that they cold deck a sufficient sup- 
ply of logs at their mills so that mill operations will not be interrupted 
during the time that the reduced load limit is in effect. The Commission, by 
unanimous vote, approved the posting of the roads when necessary and instruct- 
ed the Secretary to notify the mill omers of the action taken so they can ar- 
range to have sufficient logs on hand to keep their mills running without in- 
terruption. 


The Engineer reported on investigations relative to the maintenance 
of a sign at the junction of the Lakeview~Surns and Fremont Highways calling 
the public's attention to "Abert Rim," which matter has been urged by people 
of Lakeview. He said that several sites have been investigated but he is not 
yet ready to make a recommendation with respect to any of them although he 
does recommend the erection of two signs, one at this junction and the other 
at the east end of the rim for the benefit of tourists enroute from Burns to 
Lakeview. He estimated the cost of both signs at approximately $450.00, After 
discussion the Commission authorized the expenditure for both signs and ree 
ferred to the Engineer the matter of selection of sites for the same and the 
wording that is to go on them, 


The Engineer also reported on the cost to improve West First Street 
in the town of Ontario as a route for Old Oregon Trail truck traffic through 
this town; also the cost to widen the existing route of the Old Oregon Trail 
along Fourth Avenue from West First Street to Maple Street near the city hos- 
pital, all of which has been requested by Mr. George Aiken, Mayor of Ontario. 
The cost to improve West First Street from Fourth Avenue to a connection with 
the Old Oregon Trail, a distance of about 0.95 mile, is $28,500 and the cost 
to widen the existing Old Oregon Trail along Fourth Avenue from West First 
Street to liaple Street is $16,000. The Commission considered that the time 
is not propitious to make such improvements in view of the high costs involved 
and the limited amount of funds available for purposes of this kind, For 
these reasons the request for the improvement was denied. 


The Commission had under discyssion a request from the Wauna Toll 
ridge Company for state aid in removing snow from the Oregon end of the 
"Bridge of the Gods" at Cascade Locks, including the approach thereto from the 
Columbia River Highway. The company suggested that this work could best be 
ione by state highway forces since the highway department has necessary equip- 
ment conveniently located and is experienced in this class of work. The company 
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the Commission decided that any employee who cancels his protection in one 
comnany shall not be permitted to reinstate himself either in the same com 
pany or in any other company prior to ,the beginning of the next calendar year, 
and no employee will be permitted to cancel his protection at the end of the 
year without first notifying the State Wighway Department at least 60 days in 
advance, 


The Commission considered and ordered filed a communication from 
the District Engineer, United States War Department, Portland, advising that 
application has been made to his office by The Dalles Bridge Company, Olympia, 


Washington, for approval of a plan for a bridge to be constructed across the 


Columbia River Highway and The Dalles—Celilo Canal near The Dalles, Oregon, 
it being considered that the Commission is not particularly interested in 
this matter at the present time. 


The Commission discussed a letter from Hattie L, Henderson, Nehalem, 
in which objections were offered to expenditure of additional funds for the 
survey and construction of a county road which extends up Cook Creek from the 
Oregon Coast Highway in Tillamook County, commonly known as the Ridge Route. 
The Commission ordered the letter filed inasmuch as this is a county road 
project in which the Commission is not particularly interested, 


The Engineer reported that in order to properly maintain the eigh* 
or ten acres of lawn, shrubbery and parking areas which have been constructed 
by the State Highway Denartment adjacent to the new route of the Pacific High- 
way East in Albany it will be necessary to employ a landscape crew with appro- 
priate equipment, consisting of one 30-inch power mowing machine estimated to 
cost $300, one long-wheel-base, light—type truck and tank for irrigating the 
trees estimated to cost $1,000, and miscellaneous small tools and equipment 
including pruners, et cetera, estimated to cost #100. He alsc reported that 
it will be necessary to provide storage space for this crew and the equipment 
and for one bridge crew that is working out of the Albany headquarters. He 
requested authority to purchase the equipment and to construct a frame build- 
ing 28 feet by 55 feet in dimension, estimated to cost $1,800. After discus- 
sion the Commission approved the request by unanimous vote, 


The Engineer also reported that one of the highway department 
trucks, being a 1935 model Chevrolet dump truck, 14-ton capacity, was recent- 
ly involved in an accident and was wrecked beyond repair, being practically 23 
total loss. The accident, he said, was a rather peculiar one and involved 
three trucks, one belonging to the Bonneville Power Administration, another 
belonging to the Asberry Transportation Company, and the third a State High- 

way Department truck, and it has been determined that the Bonneville Power 
Administration truck was the cause of the accident. He requested authority 
to purchase a new light—type truck with dump body to replace the one destroye 
and estimated the cost of the same at about $900. The Commission approved the 
request and instructed the Engineer to endeavor to collect damages from the 
Conneville Power Administration for the truck destroyed. 


d 


~¢ 


The Commission considered the following requests for extensions 
time within which to complete highway construction projects: 


j 
- 
~ 
ts) 
> 
i+ 


s 


40066 


Grading and surfacing Depoe Bay Section of the Oregon Coast 
Highway, in Lincoln County. Bids taken December 17, 1940, Con- 
tract awarded January 10, 1941, to Sam Orino, the low bidder. 


Surfacing and oiling the Hoffman Bridge-Grants Creek Section 
of the Powers Secondary Highway, in Coos County, Bids taken Decem- 
ber 18, 1940. Contract awarded January 10, 1941, to 0, C. Yocom, 
the low bidder, 


Furnish erushed gravel in stock piles for the Kerby Rock Pro- 
duction Project on the Redwood and Oregon Caves Highways, in Joseph- 
ine County. Bids taken December 18, 1940. Contract awarded to M.C. 
Lininger & Son, the low bidder, on January 16, 1941. 


Furnish crushed gravel in stock pile for the Hendricks Jridge- 
Silver Creek Rock Production Project on the McKenzie Highway, in 
Lane County, ids taken December 18, 1940. Contract awarded Janu- 
ary 16, 1941, to Mi, L. O'Neil & Son, the low bidders, 


Grading and topping, South Unit, Algoma—Terminal City Section 
of The Dalles-California Highway, in Klamath County. Bids taken 
December 18, 1940. Contract awarded January 16, 1941, to Frank 
Penepacker, the low bidder. 


The Commission by unanimous vote confirmed such awards as reported by the En- 
gvineer,. 


A letter was presented from the Eugene Hosvital and Clinic inquiring 
whether or not arrangements could be made with the State Highway Commission 
for the furnishing of medical and hospital service for state highway depart- 
ment employees who may desire to accept coverage by their clinic as numerous 
emplovees are now covered by the National Hospital Association and other asso- 
ciations, It was the decision of the Commission that no additional contracts 
be entered into during the vear 1941, and that all such contracts must be 
effective on January 1 of any vear and expire on December’ 31 of any year unless 
continued. Further that contracts with the various hospital associations must 
be on standard forms prepared by the State Highway Department and that no con- 
sideration shall be given to the application of any company to furnish such 
service unless the company files along with its application a substantial list 
of employees who have stated a desire to accept service by such company. The 
Assistant Attorney was instructed to so inform the Eugene Hospital and Clinic. 


In this connection the Engineer pointed out that, since the Commis 
sion approved the revision of the terms of the contracts with the National 
Hospital Association, the Salem Physicians and Surgeons Association, the Mult- 
nomah Medical Service lureau,whereby these companies are not required to fur-. 
nish medical supplies except in hospitalization oases, a number of requests 
have been received from employees who wish to withdraw and some of these em- 
ployees, he said, want to change over from one company to another, The ques- 
tion now arises whether or not it would be advisable to permit employees to 
transfer from one company to another. After considerable discussion 
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inasmuch as such remedial work could not be anticipated during the 
progress of the contract and for the further reason that the plan- 
ing work was not done by state forces earlier, that the extension 
of time now requested be granted without penalty. The Commission 
approved the recommendation. 
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The Engineer reported that contracts Nos. 2326, 2335, 2347, 2355, 
and 2363, for the construction of state highway projects, have bsen completed 
according to the requirements of the contracts or modifications thereof, and 
that said jobs are now ready for acceptance. The following resolution accept- 
ing the above projects was offered and was adopted by the unanimous vote of 
the Commission: 
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WHEREAS, the Engineer has reported that the following 
State Highway Commission contracts for the construction o. state 
highway projects have been completed according to the terms and 
provisions of the contracts and said jobs are now ready for ac- 
ceptance: 


Contract No. 2326, with Parker-Schram Company, for 
paving on Lombard Street (Alma Avenue-Interstate Avenue ) 
Section in Portland, Multnomah County. Completed October 
10, 1940. 


Contract No, 2335, with M. E. Meyers & Son, for road- 
side improvement on the Ontario-Snake River Section of the 
Old Oregon Trail Highway, in Malheur County. Completed 
December 10, 1940. 


Contract No. 2347, with Parker-Schram Company, for 
pavement resurfacing on the Oregon Slough-Columbia Slovgh 
Section of the Pacific Highway West, in Multnomah County. 
Completed October 17, 1940. 


Contract No. 2355, with Barham Brothers, for construc- 
tion of the Cox Creek Bridge on the Pacific Highway at Albany, 
in Linn County. Completed December 17, 1940, 


Contract No. 2363, with Birkemeier & Saremal, for wid- 
ening the existing bridge over Beaver Creek, at Beaver, on 
the Oregon Coast Highway, in Tillamook County. Completed 
December 6, 1940. 
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THEREFORE, BE IT RESOLVED that the work covered by said 
state highway contracts for the construction of said state highway 
projects be declared completed according to the terms of the re- 
spective contracts, and said jobs are hereby accepted and final 
payment in connection with each is hereby authorized. 
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Parker-Schram Company, contract No, 2326, for paving the Lom- 
bard Street (Alma Avenue-Interstate Avenue) Section in the city of 
Portland, Multnomah County, requested an extension of time of ten 
days, from September 30 to October 10, 1940, within which to com- 
plete this job. They attributed their failure to complete the proj- 
ect within the specified time limit to adverse weather conditions, 
The Engineer advised that this contract was first considered complete 
on September 13, 1940. However, rainy weather revealed poor drain- 
age in some of the gutters and the contractor was requested to remedy 
this condition which accounted for the overrun in time limit. He 
recommended in view of the fact that it was no fault of the contrac- 
torthat the work was not completed within the specified time that 
the extension of time requested be granted without penalty, A let- 
ter was presented from the Public Roads Administration concurring 
therein, The Commission approved the reeommendation unanimously. 


M, E, Meyers & Son, contract No. 2335, for construction of a 
roadside improvement project on the Ontario-—Snake River Section of 
the Old Oregon Trail, in Malheur County, requested an extension of 
time of ten days, from November 30 to December 10, 1940, within which 
to complete this project. They alleged that their failure to com- 
plete the project within the specified time limit was due to early 
freezing weather and the inability to secure plant materials at the 
proper time. The Engineer advised that the reasons given by the 
contractor for failure to complete the project within the specified 
time limit are correct. He recommended in view thereof that the ex- 
tension of time requested be granted without penalty. A letter was 
presented from the Public Roads Administration concurring therein. 
The Commission approved the recommendation, 


Parker-Schram Company, contract No. 2347, for pavement resur- 
facing on the Oregon Slough-Columbia Slough Section of the Pacific 
Highway West, in Multnomah County, requested an extension of time 
of 63 days, from August 15 to October 17, 1940, within which to com~ 
plete the job. They attributed their failure to complete the proj- 
ect within the specified time limit to failure of the state highway 
forces to perform certain necessary planing work’ on the existing 
pavement, the highway department's planing equipment being in use 
elsewhere, and additional work required to remove a high joint in 
the new surfacing near the north end of the project, which condition 
could not be corrected until October 17 because of interference with 
heavy traffic, resulting from the International Livestock Show which 
was in progress at the time. The Engineer advised that this contract 
was awarded contingent upon certain planing work being done by state 
forces; however, due to the fact that the planing equipment was under 
repair, such work was not completed until September 3, several weeks 
after completion date specified in the contract. As soon as this 
planing work was done, he said, Parker-Schram Company finished their 
portion of the contract expeditiously except for the touching up of 
the low spot which was disclosed by subsequent rains, He recommended, 
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conditions this fall when it is anticipated that both highways will be open 
for general public use. Whether or not the Commission should construct the 
twelve-mile section between Glenwood and Banks, he said, will depend upon 
results of traffic investigations. 


The COunty Court also asked the Commission for the improvement of 
the Little Nestucca Secondary Highway. They were informed that this is a 
costly project, estimated at about $226,000, and the Commission does not have 
funds available. at this time to allocate to it. Furthermore, the Commission 
thought it was doing what the people of Tillamook County wanted when it al- 
located funds for the improvement of other county roads from which quick 
benefits from the expenditure would be received, 


At 3:30 p. m. Chairman Cabell announced the following awards of 
contracts and sale of buildings, bids for which were taken at the morning 
session, such awards having been previously approved by the Commission by 
unanimous vote: 


"Flagstaff Hill-Ruckles Creek Section of the Baker-Homestead 
Highway, in Baker County. 3.38 miles grading, 8.17 miles topping, 
and 4.79 miles surfacing and oiling. R. 0. Dail & Warren Bros., 
Portland, submitted the low bid for this project in the amount of 
$66,747.10. F. C. Hall Company, Eugene, submitted the second-low 
bid in the amount of $73,275.00. There were five higher bidders. 

The Commission has awarded the contract to R. 0. Dail & Warren Bros., 
at their low bid of $66,747.10. 


"Plunkett Creek-Read Creek Section of the Kings Valley Second- 
ary Highway, in Benton County. 2.84 miles grading, surfacing and 
oiling, Nine bids were received for this project, the low one being 
that of M. L. O'Neil & Son, John Day, at $46,717.30 based on the use 
of tar. They did not submit a bid based on the use of asphalt. The 
second-low bid was submitted by E. C. Hall Company, Eugene, at 
$47,468.00, using tar. It did not submit a bid based on the use of 
asphalt. The Commission has referred all bids received to the Engi- 
neer with power to award the contract to the low bidder when certain 
conditions have heen satisfied. 


"Scappoose-St. Helens Section of the Columbia River Yighway, 
in Columbia County. Remodel and widen existing bridges over McNulty 
Creek, North Fork Scappoose Creek, and South Fork Scappoose Creek. 
The low bid for this project was submitted by R. G. Barnes, Astoria, 
at $29,744.00. The second-low bid was submitted by A. Milne, Port- 
land, at $29,998.00, There were five higher bidders. The Commis 
sion has awarded this contract to R. G. Parnes at his low bid of 
$29,744.00. 


"Endicott Creek-Dear Creek Rock Productaon Project on the Coes 
Bay-Roseburg Highway, in Coos and Douglas Counties, Requires ap* 
proximately 7,350 cu. yds, crushed rock in stock pile. A. S. Wallace, 
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Mr. Fred Brenne, Secretary of the Eugene Chamber of Commerce, was 
present and presented a written report on the Western States Highway Defense 
Conference which was held in the Palace Hotel, San Francisco, on January 17, 
1941. The Secretary was instructed to send copies of the report to the indi- 
vidual members of the Commission. 


Mr. Ed. J. Hughes, President of the Western Federation of Outdoor 
Clubs, Portland, came before the Commission in regard to acquisition of state 
parks, He said that the Federation of Outdoor Clubs is a strong believer in 
conservation of primitive areas and favors small state parks of historical or 
scenic beauty along the coast line and throughout the state but is strongly 
opposed to the establishment of a park such as has been proposed by the Na- 
tional Parks Service along the Oregon Coast Highway, in Curry County, in fact 
this club was directly responsible for defeating legislation in Congress that 
would have provided for such park, and it is their intention to continue to 
oppose the establishment of parks of that type. The Commission took no action, 


A delegation from Tillamook, including the members of the County 
Court, Messrs, Harland M. Woods, E. H. Lindsey, and E. G. Anderson; John 
Aschim, Secretary-Manager of the Tillamook Chamber of Commerce; M. D. Ackley; 
A. B. Sanders, Manager of the Oregon Coast Highway Association, Marshfield; 
and Robert Brady, Oceanside, came before the Commission in regard to the oil- 
ing of the Netarts Secondary State Highway between Netarts and Oceanside, a 
distance of about two miles. Judge Woods headed the delegation, He urged 
the Commission to authorize the oiling of this section which would provide an 
oiled road throughout the entire length of this highway. The Engineer estimat- 
ed that such improvement would cost about $5,700 and recommended approval of 
the moject for construction during the coming summer by state forces. The 
Commission approved the recommendation. 


The delegation then brought up for discussion the matter of con~ 
structing the Wilson River Highway connection between Glenwood and Banks, a 
distance of about twelve miles. They gave as their understanding that the 
Commission intends to complete the Wolf Creek Highway across the Tualatin Val- 
ley plains into Portland at an early date, and urged the Commission to program 
the construction of a twelve-mile section of the Wilson River Highway between 
Glenwood and Banks so as to assure its completion at the same time, otherwise, 
they said, Tillamook County will very likely lose the benefits of travel to 
the coast. They advised, however, that, if it is not. the intention of the 
Commission to finish the Wolf Creek Highway at once, they would be perfectly 
satisfied for the time being with the use of the Gales Creek Road and the 
Tualatin Valley Highway from Glenwood to Portland via Forest Grove. 


The delegation was informed by Chairman Cabell that the Commission 
considers the logical thing to do is to complete the Wolf Creek Highway into 
Portland first before constructing the connection between Glenwood and Banks, 
particularly because the Commission understood that people of Tillamook and 
Washington Counties wanted the Wilson River Highway routed through Forest 
Grove. The Commission is not in position today, he said, to make any commit- 
ment but will bear the matter in mind and will carefully observe traffic 


Sale of Building at Bandon: 
"Building No. 7857-A (known as Koffee Kup Cafe). The only bid 


submitted for the purchase of this building was that of L. S. Ber- 
netz, Bandon, at $500,00. The Commission has rejected this bid." 


Sale of Building and Tract of Land at Salem: 


"Building No. 5785 (formerly owned by Duane Gibson). Five 
bids were received for the purchase of this building, the high one 
being that of F. J. Tsehauner, Salem, at $210.30, and the second- 
high being that of Clinton Perkins, Salem, at $190.00, The Com- 
mission has accepted the bid of F. J. Tschauner and accordingly has 
sold the building to him at his high bid of $210.30. 


"Pract 'A' (formerly owned by E. A. Jackson and Duane Gibson). 
Virgil T. Golden, Salem, submitted the high bid for this tract of 
land at $950.00, L. V. Benson, Salem, submitted the second-high 
bid at $650.00. There were two lower bidders. The Commission has 
sold the tract to Virgil T. Golden at his high bid of $950.00." 


A delegation from Ashland, consisting of T. S. Wiley, Mayor; F. J. 
Van Dyke, City Attorney; G, M. Green, representing the Ashland Tidings; and 
R. E. Koozer, was present and urged the Commission to reconstruct the Pacific 
Highway through the city of Ashland, particularly the elimination of the 
bottleneck at the Plaza Corner. They were informed by Chairman Cabell that 
the approval of this project by the Commission has been dependent upon two 
things: the right of way costs, which matter it appears has now been over- 
come; and the priority of the project on the Commission's program. He point- 
ed out that the Commission is now spending large sums for realigning the 
Pacific Highway over Sexton Mountain and until such work is completed the 
Commission does not feel that it can commit additional funds for other proj- 
ects in this vicinity. However, the Commission will keep the Ashland project 
in mind and, if it develops later on that the Sexton Mountain work is not to 
cost as much as has been budgeted for the same, the Commission will give seri- 
ous consideration to the reallocation of at least a part of the savings for 
the construction of the Ashland project. The Engineer explained that prelim- 
inary studies indicate that it might be possible to reduce the high cost of 
right of way and of moving buildings by shifting the center line somewhat. 
Such change, he said, would introduce a slight reverse curve in the alignment 
but he did not believe that would be objectionable, The members of the dele- 
gation expressed satisfaction with such revision, 


Mr. Green called the Commission's attention to the slippery condi- 
tion of the highway between the Plaza Corner and the north city limits of 
Ashland, He said that the pavement on this street is of black-top type con- 
structed by the city years ago, and when the pavement is wet or frosty it be- 
comes very slippery and as a result numerous accidents occur. He urged the 
Commission to construet a non-skid surface on this section, He also asked 
for the widening of the one-way lanes along the Siskiyou Boulevard section, 
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Roseburg, submitted the low bid for this projeet in the amount of 
$11,787.50. Gus Reichow, Forest Grove, submitted the second-low 

bid in the amount of $14,097.00. There were two higher bidders. 

The Commission has awarded this contract to the low bidder, A. S. 
Wallace, at $11,787.50. 


"Bend-Forest Boundary Section of the Century Drive Secondary 
Highway, in Deschutes County. 0.93 mile grading, 6.85 miles roadbed 
shaping, 6.85 miles surfacing, and 9.85 miles oiling. The low bid 
for this project was submitted by Babler Bros., Portland, at 
$39,549.00. The second-low bid was submitted by Joslin & McAllister, 
Spokane, Wash., at $43,117.75. There were three higher bidders. The 
Commission has referred all bids received for this project to the 
Engineer with power to award the contract to the low bidder when 
certain conditions have been satisfied. 


"Bear Creek-Coos Junction Rock Production Project on the Coos 
Bay-Roseburg Highway, in Douglas County. Requires approximately 
10,000 cu. yds. crushed rock or crushed gravel in stock pile, Three 
bids were received for this project, the low one being that of 
A. S. Wallace, Roseburg, at $16,000.00 and the second-low bid being 
that of C. J. Eldon, Portland, at $20,900,00. The Commission has 
referred all bids received for this project to the Engineer with 
power to award the contract to the low bidder when certain condi- 
tions have been satisfied. 


"Lake Creek-Hanley Ranch Section of the Little Butte Secondary 
Highway, in Jackson County. 2.83 miles grading and construction 
ef one reinforced concrete bridge. E. L. Gates, Trail, submitted 
the low bid for this project in the amount of $25,509.50. Leonard 
& Slate, Multnomah, submitted the second-low bid in the amount of 
$28,071.50. There were four higher bidders, The Commission has re- 
ferred all bids for this project to the Engineer to award the con- 
trast to the low bidder when certain conditions have been satisfied. 


"Klamath Agency-Modoc Point Section of The Dalles-California 
Highway, in Klamath County. 12.66 miles roadside improvement. Only 
one bid was received for this project, it being that of E. L. Gates, 
Trail, in the amount of y10,625.00. The Commission has awarded 
this contract to Mr. Gates at his bid of $10,625.00. 


"Installation of transformers and other electrical equipment 
for the Interstate Bridge between Portland and Vancouver, in Mult- 
namah County. Two bids were received for this project, the low one 
being that of the Dimitre Electric Company, Portland, at $2,850.00, 
and the second-low bid being that of W. R. Grasle Company, Portland, 
at $3,740.00. The Commission has awarded this contract to Dimitre 
Electric Company at its low bid of $2,850.00." 
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the right of way and that the highway improvement be given serious considera- 
tion by the Commission in the formulation of its next construction program. 

He declared this project to be one of the most pressing projects along the 
Oregon Coast Highway, After discussion the Commission approved the Engineer's 
recommendation and authorized the Attorney to negotiate for right of way which 
is to be 80 feet wide within the city and 100 feet wide outside the city. 


Mr. Ford brought up for discussion an agreement entered into by the 
State Highway Commission and the Gardiner Mill Company at the time the ap- 
proach to the Umpqua River Bridge was built. It appears that, in order to 
maintain traffic at a certain point in Gardiner, it was necessary to acquire 
from the Gardiner Mill Company, for temporary use as a detour, a small parcel 
of land which it was agreed would be reconveyed to the company when it was no 
longer needed for detour purposes. Mr. Ford stated that the company would 
like tq secure this property if the Commission has no more need for it, and 
is willing to pay the state the same amount that the state paid the company. 
The Commission approved. 


Mr. J. D. Langman, representing the Oregon Utilities Company, came 
before the Commission in regard to an extension of his telephone pole line 
along the Oregon Coast Highway between Fishers Point and Brighton, in Tilla- 
mook County, He said that his present pole line ends at a point about one 
mile from Brighton and that he has been ordered by the Public Utilities Com- 
missioner to extend it into the town of Brighton in order to serve several 
applicants. However, his pole line construction has been held up by reason 
of the rules and regulations of the State Highway Commission which prohibit 
the construction of a pole line on the westerly side of the highway where the 
poles and wires will interfere with scenic view. The opposite or easterly 
side of the highway, he said, is now occupied by a power pole line which car- 
ries high voltage and it would not be pratticable for him to build on that 
side, Furthermore, it is contrary to the policy of the Commission to allow 
two pole lines on the same side of the highway, The cost to construct a pole 
line on private right of way to the east of the highway, he said, is prohibi- 
tive. He suggested that he be allowed to build the pole line on the westerly 
side of the highway where in his opinion it would not interfere with scenic 
views because along this section the highway is built up quite high and only 
the tops of the poles would be seen by anyone traveling on the highway. 


The Engineer explained the policy of the Commission in regard to 
pole-line construction. He also read aloud a letter from Division Engineer 
F. D. Eason pointing out that Mr. Langman some time ago secured a permit to 
extend his pole line on the easterly side of the highway south of Fishers 
Point but disregarded instructions given therein and built his line on the 
westerly side of the highway notwithstanding that the permit called for the 
easterly side. It was his thought that the Commission should have an under- 
standing with Mr. Langman with regard to such matters before making its deci- 
sion with respect to the new application. In this connection Mr. Langman 
stated that he appreciated the fact that his permit called for the easterly 
side of the highway but that he discussed the matter of location with a rep- 
resentative of the State Highway Department at,the time that he commenced 
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south of the civic center, Mr, Van Dyke advised that these two projects are 
included in the city's general scheme for the improvement of the highway 
through their city, but the project they are most particularly interested in 
is the reconstruction at the Plaza Corner. The Commission agreed to keep the 
projects in mind, 


Mr. Ivan F, Phipps, Attorney, Portland, came before the Commission 
in regard to the use of a 10-foot strip of highway right of way on the west- 
erly side of the Denver Avenue approach to the Interstate Bridge, Portland, a 
short distance north of Columbia Boulevard. He said that he plans to build a 
service station on property that he owns adjacent to the highway at this loca- 
tion and requested the privilege of installing his gasoline pumps on the high- 
way right of way which is extra wide at this point. He offered to purchase a 
10-foot strip of right of way if the Commission preferred not to lease the 
property to him or to let him occupy the property. He alleged that the pave- 
ment has not been constructed along the center of the right of way and if he 
is required to place his pumps at the right of way line they will be too far 
away to conveniently serve the public, The Engineer advised that the extra 
width right of way will ultimately be used for highway purposes in the con- 
templated improvement of the Denver Avenue approach to the Interstate Bridge 
and pointed out that it is strictly contrary to the established policy of the 
Commission to permit encroachments upon the state's property. He recommended 
against either the sale or lease of any portion of the right of way to Mr. 
Phipps; also that Mr. Phipps be not allowed to place his pumps in a location 
that would necessitate the parking of cars on the highway right of way when 
being serviced. After discussion the Commission denied Mr. Phipps' request; 
however informed him that by such action the Commission is not saying that it 
will not reconsider the matter at some future date, 


Mr. Phipps then brought to the Commission's attention a proposed 
short-cut route for a highway leading from the Portland Columbia Super Airport 
to the business center of Portland, which route extends from the intersection 
of Union Avenue and Vancouver Avenue northeasterly to a connection with the 
Bridgeton County Road near its junction with N. E. Gertz Road. Mr. Phipps 
stated that he owns most cf the property across which this road is projected 
and would probably donate right of way for the same across his holdings. In 
any event so far as he was concerned the right of way would not be very cost- 
ly. He presented a map showing the proposed route. The Commission thanked 
him for the suggestion and agreed to give the matter some study, 


A delegation from Gardiner, consisting of 0. H. Hinsdale, J. W.Ford, 
and Earl Hill, came before the Commission in regard to the improvement of the 
Oregon Coast Highway through that towm. Mr. Hinsdale headed the group and ad- 
vised that his company has prospects of a sale of certain property that will 
be needed by the State Highway Commission as right of way for the proposed re- 
alignment of the highway at this place. He asked the Commission to acquire: the 
right of way at this time so the company can proceed with the sale of its prop- 
erty in conformity therewith. The Engineer said that the highway needs widen- 
ing and that it will be necessary to secure the extra width on the bay side. 

He recommended that the right of way department be authorized to negotiate for 
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to be filled in and even then would not be as desirable from their standpoint 
as the state's property. Furthermore, it would cost an excessive amount to 
prepare the site. He also advised that the Clatsop County Court has already 
given the Navy Department permission to occupy county-owned lands at this 
location and the only thing that is holding them up now is the question of 
whether or not they can secure the highway right of way and the balance of 
Tongue Point State Park, which is still owned by the state. He suggested 
that the rerouting of the highway along Cedar Street would provide an equally 
good or probably better route for highway traffic. 


The State Highway Engineer estimated the cost to construct the 
Cedar Street route with W.P.A. forces at $250,000.00. He explained that the 
State Highway Commission has already reconveyed to Clatsop County all of 
Tongue Point State Park, so the county in turn could deed it to the federal 
government in connection with the Tongue Point Base, and that the Highway 
Commission has also agreed to take similar action with respect to the highway 
right of way, provided the Navy Department would pay the cost of constructing 
a new road in lieu thereof. 


Chairman Cabell pointed out that the state moneys available to the 
Highway Commission are trust moneys provided by motorists, hence the Commis- 
sion must be very careful in the expenditure of the same. He gave as his 
thought that the state should not be required to pay the cost of constructing 
the highway along Cedar Street, inasmuch as the change is for national mili- 
tary defense purposes and is not a necessity at the present time from the 
state's standpoint. However, he added, the state will receive some benefit 
from the improvement and in view thereof the Commission might be justified in 
contributing a limited amount of state funds toward the costs. 


Mir. Bloodsworth pointed out that the government has as yet provided 
no special funds that can be used to finance such project or any project on 
the proposed military strategic highway system and the question now arises-- 
who is to provide the funds that are needed in this instance. 


Mr. Griffith stated that the Work Projects Administration is inter- 
ested in this project and will pay a portion of the costs of construction if 
the United States War Department designates it as being necessary for national 
defense. However, final approval of the project must be secured from the 
W.P.A. office in Washington. He gave as his thought that the Washington of- 
ficials would not hesitate to approve it if they were convinced that it is 
necessary for defense purposes because he has been instructed to expedite this 
class of project. 


Lt. Comdr. Hasselman then presented to the Commission a written re- 
quest: "% * # that the authorized governmental agencies undertake construction 
of and expedite the rerouting of such portion of U. S. Highway No. 30 as lies 
south of the Naval Air Station, in order that a normal highway passage might 
be effected through Cedar Street--vicinity of Astoria, Oregon." (See Lt. 
Comdr. Hasselman's letter to Mr. Baldock, dated January 17, 1941.) 
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construction and was told by such person that it would be satisfactory to place 
his pole line on the westerly side of the highway, After considerable discus- 
sion the Commission referred the matter back to the Engineer with instructions 
to have Division Engineer Eason and Landscape Engineer Otten make a joint in- 
spection of the premises and submit a joint recommendation to the Commission 
for consideration at the next meeting. 


The Commission adjourned at 5:15 p. m, to reconvene at 8:00 p. m. 
in the Imperial Hotel for a conference with representativesof the United 
States Navy Department, Public Roads Administration, Work- Projects Adminis- 
tration and the Clatsop County Court in regard to access roads to army and 
naval bases in the vicinity of Astoria. 


The State Highway Commission reconvened at 8:00 p. m. in Room 415 
(Imperial Room) Imperial Hotel. Present were: 


Henry F. Cabell, Chairman 

Huron W. Clough, Commissioner 

R. H. Baldock, State Highway Engineer 

C. B. McCullough, Asst. State Highway Engineer 
Jd. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


Others present were: Lt. Comdr. G. H. Hasselman, Lt. R. M. Latimer, Lt. W. A. 
Zobel, and Lt. (J. G.) R. W. Hollis, representing the United States Navy; E.J. 
Griffith, Administrator, Harrison E. Devereaux, Director of Operations, and 

B. W. Sewell, Office Engineer, representing the Work Projects Administration; 
W. H. Lynch, District Engineer, T. M. Davis, Senior Highway Engineer, and R.T. 
Bloodsworth, Office Engineer, representing the Public Roads Administration; 
County Judge Guy Boyington and County Commissioners James Elliott and John 
Slotte, representing the County Court of Clatsop County; and H. G. Smith, Con- 
struction Engineer, G. S. Paxson, Bridge Engineer, H. W. Libby, Chief Locat- 
ing Engineer, and Edward Clymer, Chief Cost Analyst, of the State Highway De- 
partment. 


The matter of relocating a section of the Columbia River_Highway along 
Cedar Street in Astoria to accommodate the Tongue Point Naval and Airplane Base, 
which the Government is constructing at this place, was first discussed. Lt, 
Comdr. Hasselman stated that the Navy Department needs very badly, in the de- 
velopment of the Tongue Point Base, all of the land included within the right 
of way of the existing Columbia River Highway between 53rd Street and 60th 
Street and in addition thereto lands abutting on the northerly side of the 
highway heretofore embraced in what was known as Tongue Point State Park, and 
is very anxious to have the matter settled at an early date inasmuch as de- 
velopment work is now under way and a definite answer is needed so they can 
proceed with their plans accordingly. He advised that another site adjoining 
the present base is available but it contains much low ground that would have 
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(The members of the County Court consulted among themselves later and agreed 
to provide county funds up to a maximum amount of $6,500.00 for right of way. 
Announcement to that effect was made by Judge Boyington.) 


The Engineer was thereupon instructed by the Commission to expe- 
dite the completion of the surveys and to send to Judge Boyington as soon 
as possible a map of the layout together with description of the right of 
way needed. 


Chairman Cabell approved of the state assuming the responsibil- 
ity for furnishing the engineering for location and construction of roads 
outside of the army reservation boundaries but questioned whether or not it 
is the state's obligation to furnish such service for those situate within 
the reservation boundaries. He was informed by Mr. Griffith that the Work 
Projects Administration would assume such obligation, After further dis- 
cussion the following decision was reached and mutually agreed upon with re- 
spect to this project: the state will assume the responsibility for all 
preliminary engineering and for engineering on construction outside of the 
reservation boundaries, and the Y.P.A. will be responsible for such con- 
struction engineering work within the reservation boundaries; Clatsop Coun- 
ty will acquire, at county expense, right of way as may be required up to 
a maximum cost of $6,500.00, the state to purchase the balance; and the 
county will sponsor a W. P. A. project covering all construction work out- 
side of the reservation boundaries. 


This concluded discussion of this subject. 


The Engineer brought up for discussion matters pertaining to the 
proposed W.P.A. project for construction of a new highway connecting the 
Wolf Creek Highway and the Nehalem Secondary Highway, particularly between 
the Ranger Station and Fish Hawk Falls, and the proposed W.P.A. project for 
the construction of the Wilson River Highway between Glenwood and its junc- 
tion with the Wolf Creek Highway at Banks. He recalled a letter received 
from the Work Projects Administration advising that the Ranger Station-Fish 
Hawk Falls project has tcen declared important from the national defense 
standpoint and advised that if the Commission decides to undertake this proj- 
ect and sponsor the same the state would be required to contribute only 10 
per cent of the cost as compared with 25 per cent under present rules and 
regulations, 


Chairman Cabell stated that he considers the Ranger Station-Fish 
Hawk Falls job to be of secondary importance to the Wolf Creek Highway proj- 
ct because, under ordinary circumstances, it would not be constructed for 
several years and if it is to be advanced in priority it must be on the na- 
tional defense basis; further, that if the United States Army wants construc- 
tion of this road to proceed along with the Wolf Creek Highway W.P.A.project 
the Comission will consider its request if presented through the Public 
Roads Administration in accordance with previous understanding. Mr. Griffith 
stated that he would ask the army engineers for an expression of their atti- 
tude in regard thereto. 
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Mr. Lynch stated that, inasmuch as there are no Federal Aid funds 
available to finance this work, it appears to him necessary to use W.P.A. 
moneys exclusively unless the State Highway Commission can see its way clear 
to contribute some state money. 


Chairman Cabell again gave as his thought that the project would be 
of some benefit to the state, so the state might be justified in contributing 
toward the cost. 


Judge Boyington advised that Clatsop County owns nearly all of the 
land that will be needed as right of way along Cedar Street and will donate 
this property for such purpose. County Commissioners Elliott and Slotte con- 
curred, 


After further discussion the following agreement was reached, by 
mutual consent: the State Highway Department will make preliminary surveys 
as may be necessary for this project and submit the same to the Public Roads 
Administration for approval; and the State Highway Department will sponsor a 
W.P.A. project covering the construction of a new highway along Cedar Street 
about one mile in length, and as its contribution toward such project will 
construct, at state expense, certain culverts and 4 pavement on a grade to be 
built by W.P.A. forces, and will also furnish engineering supervision and ac- 
quire such right of way as cannot be obtained by the county, all of which it 
is estimated will cost about $50,000.00, All other work in connection with 
the project is to be performed by W.P.A. forces and paid for with W.P.A. funds. 


Mr. Griffith stated that he would forward to Washington, D.C., im- 
mediately, the state's application for W.P.A. funds for this job. 


The State Highway Engineer was instructed by the Commission to ex- 
pedite the matter of surveys and acquisition of right of way. The Attorney 
was instructed to prepare a deed to transfer the existing highway right of 
way to the United States Navy Department through Clatsop County. This con- 
cluded the discussion of the Tongue Point Naval Base matter. 


Consideration was next given to the construction of access roads to 
Fort Stevens and Camp Clatsop. The State Highway Engineer estimated the cost 
to construct such roads by W.P.A. forces, aggregating some 16 miles of highway 
both within and without the reservations, at $1,000,000.00, based on a tenta- 
tive design for heavy-type roads capable of carrying equipment weighing 70 tors. 
He advised that the State Highway Department is now spending state money to 
finance necessary surveys but expects Clatsop County to sponsor the construc- 
tion work as a W.P.A. project and to furnish rights cf way, since the roads 
are not state highways. 


Judge Boyington stated that Clatsop County will furnish right of way 
free of cost across county-owned lands but is not in position at this time to 
make a definite statement in regard to the furnishing of right of way across 
privately-owned lands, although the court will give an immediate answer upon 
receipt of additional information and a map showing right of way required. 


, 
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(Ochoco Creek Section continued) 
Vernon Bros. Boise, Idaho $32,636.00 
M. L. O'Neil & Son, John Day 32,875.00 
E. C. Hall Co., Eugene 32,953. 
A. Milne, Portland 33, 788.8 
Babler Bros., Portland 34, 751.50 
McNutt Bros. , Eugene 35,300.00 
C. J. Eldon, Portland 36,058.00 
Homer G. Johnson, Portland 36,177.00 
C. J. Montag & Son, Portland 36,485.50 
A. C. Greenwood Co, Inc., Portland 39,687.90 
Clifford A. Dunn, Klamath Falls 41,742.00 
UMPQUA HIGHWAY 
DEAN CREEK-PARKER CREEK ROCK PRODUCTION 
A. S, Wallace, Roseburg $33,400.00 
McNutt Bros., Eugene 35,404.00 
Umpqua River Navigation Co,, Gardiner 39,579.00 
OREGON COAST AND SIUSLAW HIGHWAYS 
FLORENCE ROCK PRODUCTION 
M. L. O'Neil & Son, John Day $13,294.00 
Edward F, Altree, Agate Beach 13,973.00 
Gus Reichow, Forest Grove 14,151.00 
A. S, Wallace, Roseburg 15,533.00 
Eugene Sand & Gravel Co., Eugene 19,491.00 
Homer G. Johnson, Portland 19, 580,00 


SILETZ SECONDARY HIGHWAY 
KERNVILLE-FOREST BOUNDARY SECTION - GRADING AND SURFACING 


Using Asphalt Using Tar 


A. T. Dolan, Tillamook $38,424.00 $37, 793.50 
E. C. Hall Co., Eugene --- 38,909.50 
Homer G. Johnson, Portland --- 51,793.50 
C. J. Eldon, Portland --- 54,959.70 


OLD OREGON TRAIL HIGHWAY 
BOARDMAN-STANFIELD SECTION - REINFORCED CONCRETE SIPHONS 


A. Milne, Portland $7,182.50 
Harry I, Hamilton, Eygene 7,580.00 
W. H. Philpott, Portland 7,840.00 
Tri-State Construction Co., Portland 8,455.60 
McNutt Bros., Eugene 8,935.00 
Tower Sales & Erecting Co., Portland 9,620.00 
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After further discussion the Commission approved the following W.P.A, 
projects under discussion at this meeting: construction of the Cedar Avenue re- 
vision of the Columbia River Highway to accommodate Tongue Point Naval Base; 
and construction of access roads at Fort Stevens and Camp Clatsop. The Commis- 
sion deferred a definite decision in regard to other prospective W.P.A. proj- 

' ects pending determination whether or not there will be sufficient moneys avail- 
able to finance them, and sufficient W.P.A. labor to undertake all of the pro j- 
ects simultaneously, The Commission ordered that the two approved W.P.A. proj- 
ects be expedited as much as possible. It was again pointed out by Chairman 
Cabell that all military highway projects must be cleared through the Public 
Roads Administration. This concluded the conference. 
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The meeting was adjourned at 9:40 p. m., to reconvene the following 
morning in the Public Service Building. 


Portland, Oregon, January 22, 1941 


The State Highway Commission reconvened in regular session at 9:00 
a.m. in the auditorium of the Public Service Building. Present were: 


Henry F. Cabell, Chairman 

Huron W. Clough, Commissioner 

R. H. Baldock, State Highway Engineer 
{ J. M. Devers, Attorney 
i H. B. Glaisyer, Secretary 


Bids as follows for highway construction projects were opened and 
read in conformance with previously published notice, following which Chair- 
/ man Cabell announced that the award of contracts would be made at 3:00 p. m 
in the same room: 


: 
i MEDICAL SPRINGS SECONDARY HIGHWAY 
; CATHERINE CREEK-MILES BRIDGE SECTION - SURFACING AND OILING 


4 E. C. Hall Co., Eugene $58,692.50 
F Babler Bros., Portland 61, 710.00 
t Joslin & McAllister, Spokane, Wash. 64,114.50 
R. 0. Dail & Warren Bros., Portland 64,761.00 
McNutt Bros., Fugene 73 ,000,00 


MADRAS-PRINEVILLE SECONDARY HIGHWAY 
OCHOCO CREEK SECTION ~- GRADING AND TWO BRIDGES 


4] Norris Bros., Burlington, Wash. $28, 429.00 
Leonard & Slate, Multnomah 30,024,.50° 
a Berke Bros., Portland 31, 622,50 
% RE. L. Gates, Trail 32,087.50 
Jacobsen-Jensen Co., Portland 32,614.00 
me (Continued on next page) 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Glenwood-Washburn Section - Wilson River Highw 
8674-Swanson, Charles H, R/W 0,12 $233 per a.plus $22.04 Benson 
8658-Abendroth, Adolph " 2.0 $100 per acre " 
* $50 per a.+ $148 + cost 
of septic tank 
8657-Abendroth, Elsa $100 per a. + $14 + 
moving bldgs.(Est. 600) 


Nehalem Spit Section - Oregon Coast Highway 
7323-Drake, Emma Park 1 lot $10 per lot, state to Martin 


assume payment of taxes 


Depoe Bay Section - Oregon Coast Highway 
5814A-Kent, H.T. and Slope 1185 sq.ft. GRATIS Collins 


Collins, H.L. Easement 


Plunkett Creek-Wren Section - Kings Valley Highway 
§718-Murphy, John S. at 0.47 $100 per acre Collins 


$50 =" " + $132.50 


8719-Plunkett, Henry $100 per a. + $241.50, " 
- moving power poles 
8720-Read, W. R. $100 per a. + $172.00 
8721-Vincent, Ira L. $100 per a. 
$50 per a. + $315,00 


8723-Stoner, Ray H. $50 per a. + $99.75 
8724-Bell, Curtis $100 per a. 
$50 per a. + $414.00 


8772-Price, Johnnie Quarry Site $500 Lump Sum + fenc- Eason 
ing 
Main Street-Geary Street Section-Pacific Highway East 
5833-Cheever, Gilbert S. Slope Const, 53,1-feet rock 
Easement or cement wall across 
frontage,@ $2 per ft. 
plus $27,30 Gardiner 


Newport-Corvallis Highwa 
8751-Green, W. H. Seale 00.35 per a. + 
(Correction) Site $24.75 Collins, 


Bear Creek-Coos Junction Section, Coos Bay-Roseburg Highway 
8823-Douglas County Stock Pile 1.57 $1.00 Lump Sum Lytle 


Springfield-Plue River Section, McKenzie Highway 
86858-Sylvester, Arthur P. Haul Road 0.49 $25.00 Lump Sum 


Fasement 
8685A-Tucker, Lloyd M. Stock Pile 1.50 $174 per a. + $45 
for fencing 
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The Assistant Attorney reported that of the $600,000 budgeted by 
the Commission for acquisition of right of way during 1941 a total of $129,500 
has been obligated to date. This is in addition to the sum of $800,000 budg- 
eted for the Front Avenue Project in Portland of which $375,000 has been obli- 
gated to date. The Commission approved the report. 


The Attorney requested authority to acquire certain parcels of real 
property that are needed for various highway improvements throughout the state, 
He submitted a list of such projects together with a list of prices that he 
recomaended be paid for each. After careful consideration of each item, the 
Commission approved the request and by unanimous vote adopted the following 
resolution in regard thereto: 


WHEREAS, in connection with the further improvement of the 
highways hereinafter designated, it is and has been necessary to ac- 
quire property for right of way, quarry sites, gravel or other mate- 
rial sites, or sites for the storage of materials, as hereinafter 
more definitely set forth, and 


WHEREAS, as a result of negotiations carried on with the 
owners of the property required, options have been obtained, which 
options have been considered by the Commission, outlining the bases 
of settlement which have been agreed upon, and 


WHEREAS, it is the judgment of the Commission that the said 
options should be approved and accepted, and/or the said reports be 
declared acceptable to the State Highway Commission as bases of set- 
tlement for the properties involved, and that the aequisition of the 
properties should be completed: 


NOW, THEREFORE, BE IT RESOLVED that the several offers, or 
bases of settlement hereinafter enumerated be, and the same hereby 
are, approved and accepted, and that the Attorney for the State High- 
way Commission be, and he hereby is instructed to complete the acqui- 
sition of the said properties and to take title thereto in the name 
of the State of Oregon. The said properties hereby ordered and 
authorized to be acquired are as follows: 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 
Rooster Rock Section-Columbia River Hi 
7739-Dabney, Martha A. R/W 10.43 2.0 a. @ $42.50 per a. Parker 
(Preservation 8.43 a.@ $15.00 " 
Strip) 
Multnomah County Line-Scappoose Section - Columbia River . 
6525-North.Pac.ky. Co. Slope Expense incidental to giving 


Easement slope easement - $10.00 McChesney 
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The Attorney also presented for the Commission's approval certain 
additional right of way settlements in connection with the proposed Front 
Avenue Project in Portland. After careful consideration tne Commission tenta- 
tively approved them but deferred definite action until its next meeting. 
The settlements were referred to Chairman Cabell for investigation in the 
meantime. 


The Attorney also requested authority to institute condemnation 
proceedings to acquire certain properties that are needed for highway im- 
provements and concerning which he has been unable to reach satisfactory 
settlements. He submitted a list of such properties together with prices 
that he recommended be offered in condemnation, as follows: 


File No. Name Purpose Required Recommended Offer 


R 8240 James T. Erickson, et al Right of Way $1000 to $1250 
R 7671 George W. Slayton and wife Right of Way $1550 


After discussiom the Commission approved the offers recommended and author- 
ized the Attorney to condemn the properties. The following resolution in re- 
gard theretq was adopted by the Commission by unanimous vote: 


WHEREAS, the State Highway Commission under the provisions 
of Chapter 529, Oregon Laws, 1939, is authorized to locate, relocate, 
construct, reconstruct, maintain, widen, straighten, and otherwise 
improve state highways, both primary and secondary, and said Commis- 
sion is also authorized to construct shops, equipment sheds, office 
buildings, maintenance sites, patrolmen accommodations, and snow 
fences, and is authorized to acquire quarry sites, gravel pits, 
storage sites, stockpile sites, weighing stations, and broadcasting 
stations, and is further authorized to develop, construct, improve, 
operate, and maintain parks, parking places, auto camps, camp sites, 
roadside development, recreational grounds or resorts, and other 
places of attraction and scenic value; and 


WHEREAS, said Highway Commission is authorized to acquire 
by purchase, agreement, donation, or by the exercise of the power 
of eminent domain real property, or any interest therein, necessary 
or deemed by the Highway Commission necessary for the accomplish- 
ment of any and all of the foregoing things; and 


WHEREAS, in the judgment of the Highway Commission the 
several tracts or parcels of land hereinafter described are each 
and all necessary for the specific and particular purposes herein- 
after specifically set forth; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission as follows: 


1. That the Commission does hereby find and declare that 
the several parcels of real property hereinafter described are each 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Wilson Ranch-Scottsburg Section, Umpqua ierway 
4520-Murphy, Kenneth J. Gravel Plant 0. Lease, @ 0.01 cu.,yd. Parker 


Site basis 
Elkton-Drain Section, Umpqua Highway 
4592-Moore, R. A. Stock Pile 1.02 $250 Lump Sum Parker 
Scottsburg-Elkton Section, Umpqua Highway 
300A-Hedrick, Ruth Stock Pile 2.41 10-year lease, $100 Parker 
Lease Lump Sum 


Kerby-California Line Section, Redwood Highway 
8637-Barton, W. B. Stock Pile 1.0 $50 Lump Sum Benson 


Catherine Creek-Miles Bridge Section, Medical Springs Highway 


8748-Kennedy, George Gravel Pit 2.04 5 yr. lease on 2.04 a. 
@ $50 per acre Landon 
8747-Wanker, J, R. Stock Pile 0,67 $7.46 per acre " 


Flagstaff Hill-Middle Bridge Section, Baker-Homestead Highwa. 
8208-King, E. A. Estate Gravel Pit 617.70 $0.69 per a. plus $50 Landon 
; cost administrator's 


deed 

Cove Section, The Dalles-California Highway 

8697-Boegli, Wm. and Park 215.0 $16,000 Lump Sum DeSousa 
Amanda 

Algoma-Terminal City Section, The Dalles-California Highw 

8558-Lewis, George E. R/W 0,21 Land R10 Lump Sum Gardiner 

plus $25 

West Portland-Tualatin Section, West Portland-Hubbard Highwa: 

4820-Noles, Stella M. RW 2.08 $200 per a. + $2534, Benson 
(Correction) + $1890, low bid for 


moving buildings 
Elkton Section, Umpqua Highway 


8813-Beckley, Orval S. Gravel Bar & 13.33 10 year lease, 3¢ Parker 
Plant Site cubic yard 
Front Ave. Project-Columbia St. North (Portland), Pacific Highway West 
PV-City of Portland 6,729 sq.ft. 9594.00 McCallister 
7995-Moskee Investment Co, 4,703...” 11,005.00 " 
72-The Maccabees 22,819 " 40,582.00 eal 
3838-City of Portland 216,000 " 1.00 " 
3839-Southern Pacific Co. 340. * 2,625.00 " 


8837-Oregon Electric RR Co. 21,540 =" 9,423.75 # 
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necessary in connection with the determination, description, and 
acquisition of said real properties, and said Engineer is further 
instructed to prepare and submit to the Legal Department necessary 
and adequate descriptions of the said real properties, which said 
descriptions shall be available for the preparation of any deed or 
deeds or other instrument or instruments necessary to complete the 
acquisition of said property or properties, whether said properties 
be acquired by purchase, donation, agreement, or by the exercise of 
the power of eminent domain. 


4. That I. H. Van Winkle, Attorney General of the State 
of Oregon, and J, M, Devers, Assistant Attorney General and Attorney 
for the State Highway Commission, be and they are hereby requested, 
authorized, and directed to attempt to agree with the owner or own- 
ers and/or with the tenants or persons in possession, if there be 
any, of said parcel or parcels of land with respect to the compensa- 
tion to be paid for the taking of the same and the damage, if there 
be any, and in the event that no satisfactory agreement or agree- 
ments can be reached, then it is hereby further resolved that the 
Attorney General of the State of Oregon and J. M. Devers, Assistant 
Attorney General and Attorney for the State Highway Commission, be 
and they hereby are requested to commence and prosecute to a final 
determination such suit or action, or suits or actions, as may be 
necessary and appropriate to acquire title to the said premises and 
all rights therein for the purposes herein stated. 


5. That this resolution be entered in full in the minutes 
and records of this Commission, 


The Attorney reported the cost to remove from the right of way of 
the Wilson River Highway at Glenwood certain houses belonging to a Mr. G. L. 
McCutcheon, He said that according to an estimate made by a Mr. Baumback, an 
experienced house mover, it would cost about $2,000 to move the buildings and 
appurtenances of which amount about $550 represents the cost to move the 
buildings that were constructed on the right of way after the right of way 
had been acquired by Washington County, He further advised that the Washing- 
ton County Court has stated its willingness to pay the cost of removing the 
buildings that were on the right of way when it was acquired by the county 
but will not pay for the moving of the buildings that have been erected since 
that time. After discussion and in view of the fact that it is proposed to 
construct the highway across the McCutcheon property in the not distant future, 
the .Commission instructed the Attorney to tell Mr. McCutcheon that the build- 
ings must be moved and that either the county or the state would pay the cost 
of moving those that were on the right of way when he sold it to the county 
but that he would be expected to pay the cost of moving the buildings that 
have been erected by him since that time. 


The Engineer requested authority for Harold Say, Director of the 
Travel and Information Department, to go to Los Angeles at state expense to 
supervise the final editing and voicing of the highway department's new 
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and all necessary for the accomplishment of the purposes hereinafter 
expressly and specifically set forth, which said real properties and 
the specific purposes for which the same are being acquired are de- 
scribed as follows, to wit: 


Real property owmed by James T. Erickson and the Heirs 
of Peter Erickson, Deceased, which property is located in 
the northwest quarter (NWi) of Section 4, Township 2 South, 
Range 2 East, W. M., and in the southwest quarter (SW) of 
the northwest quarter (NW) of Section 4, Township 2 South, 
Range 2 East, W. M., Clackamas County, Oregon, and is more 
particularly described on the attached sheets and designat- 
ed as Parcels Nos. 1 and 2 and is further identified in the 
records of the Highway Commission as file R 8240, and which 
property is being acquired for right of way purposes in con- 
nection with the Clackamas Grade Separation Section of the 
Cascade Highway;%* 


Real property owmed by George ‘/. Slayton and Mary Slay- 
ton, which property is located in the southwest quarter (sw) 
of Section 15, Township 14 South, Range 15 East, W. M., in 
the southeast quarter (SE2) of the southwest quarter (SW2) of 
Section 15, Township 14 South, Range 15 East, W. M., and in 
the northwest quarter (NW+) of Section 22, Township 14 South, 
Range 15 East, W. M., Crook County, Oregon, and is more parti- 
cularly described on the attached sheets and designated as 
Parcels Nos. 3, 4, and 5, and is further identified in the 
records of the Highway Commission as file R 7671, and which 
property is being acquired for right of way purposes in con- 
nection with Jefferson County Line-Prineville Section of the 
Warm Springs Highway. 


2. That the Commission does hereby find and declare that 
each of the said described parcels of real property is necessary and 
acquisition of the same by the State is required for the specific 
purposes hereinabove set forth, and the said properties are being ac- 


— for the express and specific purposes in this resolution set 
orth. 


3. That the State Highway Engineer be and he hereby is 
instructed and directed to make or cause to be made all surveys 


#The detailed descriptions of the respective parcels of real property 
mentioned in this resolution are attached to the original resolution 
on file in the office of the State Highway Commission, Salem, being 
Resolution No. 6, under the heading "Real Property Condemnation Reso- 
iutions", and said descriptions by this reference are made a part of 
this minute entry to the same extent as if copied in full herein, 
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He alleged that traffic over this section is increasing rapidly and addition- 
al improvements to the highway are essential for the efficient and safe use 
of the road. He particularly referred to the unit between North Bend and 
Marshfield and urged the Commission to make an announcement of its plans re- 
garding alignment and zrade along this section because such information is 
essential in the development of this district. Under present circumstances, 
he said, the property ovwmers cannot make plans to improve their holdings and 
numerous improvements are being held up. He urged the Commission to expedite 
the improvement on the entire section between North Bend and Coquille and to 
allocate this year a generous portion of the funds available for the early 
elimination of this bottleneck. 


Chairman Cabell explained the policy of the Commission with respect 
to the funds at its disposal and gave reasons why faster progress has not 
been made on this project. He pointed out that the Commission has already 
awarded one contract between Marshfield and North Bend but further progress 
has been delayed because of interference by the railroad. He also said that 
surveys have been made of alternate routes between these points and that the 
Commission intends to give the alternate routes very careful consideration 
and will expedite construction as much as it can although no definite commit- 
ment or promise of funds will be made at this time. 


Chairman Cabell also advised that the Commission is reluctant to 
announce the location of a highway before it is ready to undertake construc- 
tion because it is the Commission's past experience that as soon as a loca- 
tion is announced people insist that the construction go forward regardless 
of whether or not the Commission is able to finance it and because the an- 
nouncement of a location by the Commission a long time in advance of constr 
tion is not binding and may be changed by the successors of the Commission 
adopting such location. 


A delegation from Marion and Polk Counties headed by County Judge 
Leroy Hewlett, Marion County, discussed with the Commission the matter of 
construction of a bridge across the Willamette River to replace a county- 
owned ferry between Independence and East Independence, Others in the dele- 
gation were: County Commissioners James Smith and Ralph Girod, Marion County; 
County Engineer N. C. Hubbs, Marion County; Herman Van Well, County Judge, 
and Commissioners Fred Gibson and H. H. Brant, Polk County; E. L. Gray, rep- 
resenting the Salem-Independence-Kings Valley Highway Association; 4M. Nelson 
and R. M. Walker, Independence, F. H. Spears, John J. Roberts, D. P. Mac- 
Carthy, and Ernest A. Miller, Salem; and District Attorney Bruce Spaulding, 
Dallas. Speaking in behalf of this projeet were Judge Hewlett and Judge 
Van Well, Mr. Miller and Mr. Walker. Judge Van Well gave as his understand- 
ing that the proposed bridge will cost approximately $250,000 and advised 
that on such basis the county courts of both counties are willing to assume 
together one-half the total cost involved and are making such offer at this 
time provided the Commission will consent to the payment of the counties’ 
share over a period of years at the rate of $5,000 annually, which amount the 
Counties are willing for the state to retain from the counties' share of the 
gasoline tax funds due and payable to the counties each year. The Commission 
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talking film @The New Oregon Trail." He advised that it is quite essential 
that Mr, Say make this trip in order to secure a satisfactory film, and esti- 
mated the expense would not exceed $125, The Commission approved the request 
subject to further approval by Governor Sprague. 


A delegation from Lane County, composed of County Commissioners 
Walter J. Holland and Allen P. Wheeler, County Engineer P. M. Morse, Walter 
Ransom, and Hugh Ford, came before the Commission in the interests of the 
"Route F" Highway, They reported briefly on the progress that is being made 
by W.P.A. forces in constructing the westerly end of this road and inquired 
concerning the proposed trade -f the Eugene-Veneta Section of the "Route F" 
Highway for the Walton-Swisshome Section of the Swisshome Secondary State 
Highway, They were informed by Chairman Cabell that the Commission hopes to 
be able to make this exchange in the near future and that the matter will be 
given consideration as soon as possible when all three members of the Commis- 
sion are present. 


Commissioner Yolland inquired as to when the Commission proposes to 
construct the Eugene-Veneta Section across the Fern Ridge Dam site and was in- 
formed that the Commission expects to award a contract for such work some time 
this year. ' 


County Judge A. R. Bowman of Crook County was present and urged ad- 
ditional improvements on the Ochoco Highway, He was informed that the Commis- 
sion's plans for this project are to use forest highway funds to finance the 
construction of the westerly end and to use federal aid funds to finance work 
at the easterly end, but the Commission is not in position at the present time 
to make any definite commitment in regard thereto because of the uncertainties 
that exist with respect to the use of federal moneys inasmuch as the federal 
government may require that such moneys be expended to finanoe certain proj- 
ects on the strategic military system. 


The Commission adjourned at 12:00 M, and reconvened at 2:00 p. m, 
in the same room with the same persons present and participating. 


A& delegation from Marshfield, representing the city council and the 
Chamber of Comnerce, was present in regard to the further improvement of the 
Oregon Coast Highway between North Bend and Coquille. The delegation consist- 
ed of the following: E. T. Steele, President of the Chamber of Commerce; 
James Bedingfield, City Attorney, Clarence Coe, A. B. Sanders, Secretary of 
the Oregon Coast Highway Association and Walter Chiene, all of Marshfield; 
and Elmer Russel and Lloyd Nollner of North Bend. Mr, Steele headed the 
group and Mr, Bedingfield presented the principal arguments. He referred to 
the proposal made to the Commission in 1939 by a group from southwestern Oregon 
which was that the Highway Commission consider the improvement of the North 
Bend-Coquille Section as one project, and advised that they were led to be- 
lieve at that time that the Commission was enthusiastic over their plan and 
would give it a fair share of the funds in future allocations. However, it 
appears to them that the Commission is not giving this project the attention 
that it deserves, hence their appearance before the Commission at this time. 


of E. C. Hall Company, Eugene, in the amount of $58,692.50. The 
next-low bid was that of Babler Bros., Portland, in the amount of 
$61,710.00. There were three higher bidders. The Commission has 
awarded this contract to E. C. Hall Company, the low bidder, at 
its bid of 458,692.50. 


"Ochoco Creek Section of the Madras-Prineville Secondary High- 
way, in Crook County, 1,81 miles grading and construction of two 
composite type pile trestle bridges. Norris Bros., Burlington, 
Washington, submitted the low bid for this work, in the amount of 
$28,429.00. Leonard & Slate, Multnomah, submitted the second-low 
bid in the amount of $30,024.50. There were fourteen higher bid- 
ders, All bids for this project have been referred by the Commis- 
sion to the Engineer with power to award the contract to the low 
bidder when certain conditions have been fulfilled, 


"Dean Creek-Parker Creek Rock Production Project on the Ump- 
qua Highway, in Douglas County, This project requires the furnish- 
ing of approximately 16,700 cu. yds. crushed gravel in stock pile. 
Three bids were submitted for this project, the low bid being that 
of A. S. Wallace, Roseburg, in the amount of $33,400.00, and the 
second-low being that of McNutt Bros., Eugene, in the amount of 
$35,404.00. All bids were rejented and the project ordered re- 
advertised, : 


“Florence Rock Production Project on the Oregon Coast and 
Siuslaw Highways, in Lane County. Requires approximately 8,300 
cu. yds, crushed rock or crushed gravel in stock piles. M. L. 
O'Neil & Son, John Day, submitted the low bid for this work, in 
the amount of $13,294.00, Edward F. Altree, Agate Beach, submitted 
the second-low, in the amount of $13,973.00. There were four high- 
er bidders, The Commission has referred all bids received on this 
project to the Engineer with power to award the contract to the 
low bidder when certain conditions have been satisfied. 


"Kernville-Forest Boundary Section of the Siletz Secondary 
Highway, in Lincoln County. 0.14 mile grading and 5.55 miles 
bituminous macadam surfacing. The bid of A. T. Dolan, Tillamock, 
was the low one received for this work, in the amount of 938,424, 
using asphalt, and in the amount of 337,793.50, using tar. The 
bid of E. C, Hall Company, Eugene, was the second-low one received 
for this work, They submitted no bid using asphalt; $38,909.50 
was submitted using tar. There were two higher bidders, The Con- 
mission has awarded this contract to A. T. Dolan, the low bidder, 
at his bid of $37,793.50, using tar. 


"Boardman-Stanfield Section of the Old Oregon Trail Highway, 
in Morrow County. Construct two reinforced concrete siphons. 
A. Milne, Portland, was the low bidder for this work in the amount 
of $7,182.50. Harry I. Hamilton, Eugene, was the next-low bidder 
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deferred its decision in the matter pending investigation to ascertain more 
closely just how much the project will cost. The Engineer was thereupon 
authorized and instructed to make such investigation and report his findings 
to the Commission, 


The Marion County Court then brought up for discussion the matter 
of maintenance of the North Santiam Highway, They stated that it is very in- 
convenient and uneconomical for the county to maintain the completed section 
east of Detroit and asked the Commission to assume jurisdiction and to place 
the section on the state secondary highway system. The Commission took the 
matter under advisement. 


The County Court of Polk County and its District Attorney, Bruce 
Spaulding, discussed with the Commission the state's claim against the county 
for advancement of state funds to pay for highway pavement construction in 
Polk County many years ago, which claim is in the amount of $106,463.03. Mr. 
Spaulding stated that, while he has not had an opportunity to give this sub- 
ject much study, it is his understanding that the circuit court a number of 
years ago enjoined the county from paying this claim and that the decision 
was appealed to the supreme court which, so far as he knows, made no change 
in the decision of the circuit court; hence he is of the belief that the cir- 
cuit court's action still stands. The Commission's Attorney, Mr. J. M. Devers, 
recited the history of this case, going into considerable detail. He partic- 
ularly pointed out that the obligation was incurred in connection with con- 
struction of three projects, viz., completion of bridges on the Salem-Dallas 
Nighway and construction of two sectior:of the Pacific Highway West, in Polk 
County. He said that the county intended to use its market road money to pay 
the county's share of the cost of such work but the circuit court held that 
it could not do so because the county did not have sufficient funds available 
for the purpose, and thereafter, in 1923, the county voted a bond issue of 
»265,000 for the purpose of paying for this work and for other work. The 
legality of this bond issue, he said, was challenged and the case went to the 
supreme court, which upheld it. It appeared to him that, in view of the fact 
that the bond issue was authorized after the debt was incurred by the county 
and was for the purpose of paying the county's indebtedness to the state, and 
for the further reason that the supreme court in‘its decision upheld the ac- 
tion of the county in making provision for the payment of these obligations, 
the state's claim is still valid. Mr. Spaulding apologized for not being 
sufficiently informed to discuss the matter thoroughly at this time and sug- 
gested that the matter be referred to the Commission's Attorney and himself 
to discuss the legal technicalities involved and if possible to arrange a 
satisfactory settlement. The Commission approved the suggestion. 


At 3:00 p, m, Chairman Cabell announced the following awards of 
contracts, bids for which were taken at the morning session, the awards hav- 
ing previcusly been approved by the Commission by unanimous vote: 


"Catherine Creek-Miles Bridge Section of the Medical Springs 
Secondary Highway, in Baker and Union Counties. 19.50 miles sur- 
facing and oiling. The low bid submitted for this work was that 
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discussed, Technical features of the bill were explained and the effect of 
the bill if enacted into law was discussed, It appeared from the discussion 
that the county courts do not fully understand the meaning of the law and 

are fearful that the roads on the county system will fail if the bill passes. 
The Engineer was instructed to direct a letter to Mr. F. L. Phipps, Execu- 
tive Secretary of the County Judges and Commissioners Association, explaining 
fully the purpose and intent of the proposed law and how it will affect the 
county roads if adopted. 


Mr. Re A. eClanathan, City Engineer, and Mr. Glen Gridwell, repre- 
senting the City of Silverton, came before the Commission in regard to the 
proposed improvement of the Cascade Secondary State Highway from the Silver- 
ton business district to the top of the hill near the north city limits. 
They inquired whether or not the Commission has wade any definite decision 
with respect to the city's request for state cooperation in this work which 
the city anticipates doing as a W.P.A. project. The Engineer advised that 
it has been ascertained from the office of the Work Projects Administration 
that the expense incurred by the state for paving work in connection with 
this project will be considered as part of the sponsor's contribution toward 
the total cost of the improvement which involves not only paving work but 
also certain grading, surfacing, et cetera. He estimated the cost of the 
paving work at $8,000.00. After discussion the Commission voted unanimously 
to cooperate with the city in this project by furnishing engineering super- 
vision and by paying for such paving work as may be necessary after the city 
has completed the grading work, rook surfacing, and has constructed curbs, 
gutters, sidewalks, et cetera. The Engineer was instructed to assist the 
city in securing its W.P.A. project. 


The City Council of Tillamook, represented by Mayor D. E, Stein- 
bach, City Attorney C. W. Barrick, Councilman George D. Riechers, and Thomas 
Odkirk, came before the Commission for a discussion of the state's claim 
against the city in the amount of $10,750.00 for certain highway improve- 
ments made in behalf of the city some years ago. Mr. Barrick was spokesman 
for the group, Chairman Cabell advised that this account is of long stand- 
ing and the Secretary of State and the Highway Commission are anxious that 
it be disposed of along with a number of others that are in the same cate- 
gory so as to clear the records, and the Commission at this time simply 
wants to know the attitude of the city with respect to this claim. Mr Bar- 
rick stated that the city is not disputing the amount of the claim but under- 
stood that the claim was cancelled a number of years ago when the city per- 
formed certain work on the highway in Tillamook at the Highway Department's 
request, there being no highway department equipment available at that time. 
The city's expense for such work, he said, was in excess of $11,000.00, and 
while the city's record of the arrangement is not clear he has been told by 
3 number of people who understood the situation that the State Highway De- 
partment was agreeable to applying the city's expenditure on its debt. Mr. 
Riechers stated that he recalls that tnere was some such an agreement which 
provided that the city would do certain maintenance work on the highway and 
would be given credit by the state on its claim against the city. 
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for this work in the amount of $7,580.00. There were four higher 
bidders. The Commission has awarded this contract to the low bid- 
der, A. Milne, at his bid of $7,182.50." 


Mr. Frank L. Shull, Chairman of the Board of County Commissioners, 
Multnomah County, County Judge A. H. Boice of Curry County, and County Judge 
J. J. Barrett of Linn County, comprising a committee representing the Oregon 
Counties Association, were present and asked the Commission to approve an in- 
crease in the amount that is paid to the counties from the state highway fund 
annually for road purposes. Mr. Shull headed the group. He alleged that 88 
per cent of the roads in the state are off the state highway system and must 
necessarily be constructed and maintained by the several counties, which do 
not have sufficient funds for the purpose. It was his thought that the State 
Highway Commission could spare a greater share of the highway funds because 
highway revenues are increasing and the debt obligation for bonds is decreas- 
ing. His remarks were endorsed by Judge Boice and Judge Barrett, both of 
whom stated that the counties do not now have money enough to pay for keeping 
the county roads in proper condition and if the bill now pending before the 
State Legielature, which has for its purpose increasing the maximum load 
limit, is passed the counties will be in much worse condition. 


Chairman Cabell stated that the Commission appreciates the predica- 
ment that the counties are in and the counties' desire for additional funds, 
however, the State Highway Commission does not have sufficient funds available 
even with the increased revenues to pay for the things that it would like to 
do and in view thereof the Commission considers that no change should be made 
at this time in the present basis of allocation. 


Judge Barrett suggested that the present law should be amended to 
eliminate state exempt cars from participating in the distribution of the 
gasoline tax funds. He pointed out that, under the present law, the distri- 
bution is made to the counties on the basis of car registrations and that the 
counties in which the exempt cars are registered receive certain benefits 
that in his estimation they are not really entitled to and it was his thought 
that if the law were changed to eliminate such exempt cars in the distribu- 
tion of the funds it would make for a fairer distribution of the funds. All 
present concurred in the remarks of Judge Barrett. However, no action was 
taken on the matter. 


f Judge Boice brought up the matter of the improvement of the Oregon 
Coast Highway through the town of Gold Beach. He advised that the county 

court has plans for the immediate widening of the present highway to 80-foot 

width in front of the courthouse property regardless of where the highway 

will be located ultimately, but cannot proceed with the proposed improve- 

ment until the highway grade line has been established. The Engineer was in- 

structed to have grade stakes set as soon as possible. ge 


Matters pertaining to the bill now before the Legislature, which 
has for its purpose increasing the maximum weight of loads and the maximum 
length of loads which may be transported over public roads of this state, was 
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wayside strips and inquired if it is the desire of the Commission to spend 
411 of this money in one place or to divide it for purchase of strips in 
several different localities. Mr. W. H. Lynch, District Engineer of the 
Public Roads Administration, was present and stated that he has not yet re- 
ceived the rules with respect to the expenditure of the federal moneys for 
this purpose. The suggestion was made that some of the money be spent for 
purchase of strips along the Pendleton-John Day Highway and the balance for 
acquisition of additional strips along the Salmon River Highway. The matter 
was discussed but a definite decision with regard thereto was deferred until 
411 Commissioners are present. 
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Timbered wayside strips along the Columbia River Highway, in Hood 
River County:- The Parks Superintendent advised that Governor Charles A. 
Sprague has referred to the Highway Commission a letter from Mr. George M. 
Knox, Assessor of Hood River County, in which Mr. Knox advises that plans 
are being formulated to cut the timber from a large tract of land adjacent ' 
to the Columbia River Highway between Sumnit and Lindsey Creek, embracing FA ae 
an area which is valuable to the state and the county from the historic and HE ake 
scenic standpoint, and suggesting acquisition of the same by the state in 34 
order to preserve it. The Parks Superintendent advised that this property 
is owned by the Gantenbein Estate and C. Lewis Mead, Portland, and contains 
approximately 550 acres of land and is important from the historic stand- 
point. He exhibited a map showing the property under discussion and also 
showing the location of the Bonneville power pole line which is to cross the 
property. He recommended purchase of the property if it can be obtained at 
reasonable cost. The matter was discussed at considerable length during 
which the Commission indicated that it is interested in the purchase of at 
least a part of the property in view of its historic importance and to pre- 
serve the natural scenic features of the highway. The Parks Superintendent 
was authorized and instructed to make further investigation relative to the 
acquisition of the area between the Bonneville power line right of way and 
the highway right of way and report his findings at the next meeting. 
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Addition to state park at The Cove:- The Parks Superintendent re- 
quested authority to purchase properties as follows, which properties, he s 
said, are needed for the proposed development of this park: : 


520 acres owned by Jefferson County at prices ranging from ; 
$2.00 to $3.00 per acre, total %1,300.00 j 


320 acres from the State Land Board at $2.50 per acre, Es 
total $800.00 ee 


Privately-owned lands from Mary Kennan, Minnie Henske, 
Oregon-Washington Joint Stock Land Bank, Fred and Minnie es 
Degner, Laura Degner, and Emil Zenke, aggregating 400 5 f 
acres, at $3.00 per acre, total $1,200.00 = 


He also requested authority to negotiate for the purchase of the following 
additional properties which are needed at this park: 
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The group was informed that so far as the State Highway Department 
knows there was no agreement or understanding, either written or otherwise, 
with respect tc maintenance work performed by the city upon the state highway 
and so far as is known by anyone now connected with the State Highway Depart- 
ment there was no understanding that the city would be given credit for ex- 
penditures made for such maintenance work. 


Mr. Riechers then stated that the city appreciates that the records 
are not clear with respect to the matter and in view thereof is willing to 
compromise a settlement. He pointed out that the original claim was for 
$15,750.00 of which the city has paid $5,000.00, and inquired whether or not 
the Commission would accept an additional payment of $5,000.00 in two instali- 
ments as payment in full of the balanee. The Commission took the matter under 
advisement. 


A delegation from Newberg, headed by C. H. Baynard, and including 
E. L. Morton, George Larkin, S. L. Parrett, and C. A. Morris, conferred with 
the Commission in regard to State Secondary Highway No. 143 north of Newberg. 
They urged the Comaission to allocate funds to oil the uncompleted section, 
which is eight miles long, so as to provide an oiled highway all the way from 
Newberg to Hillsboro. The Engineer estimated that the work would cost about 
$43,000.00, He pointed out, however, that this does not include realignment 
of the highway over Chehalem Mountain but is simply the cost of improving the 
present road; also that the Commission has not as yet budgeted any money for 
this work, After discussion the group was informed that the Commission appre- 
ciates the need for the improvement and will give the matter serious consider- 
ation although no definite comnitment or promise can be made at this time. 


The delegation then asked that the county road which extends from 
Newberg to Butteville along the north sice of the Willamette River be desig- 
nated as a state secondary highway. The Commission took the matter under ad- 
visement. 


The Engineer brought up for discussion matters pertaining to the 
wrecking of buildings on the right of way acquired for the Front Avenue Proj- 
ect, Portland. He advised that this work can be done either as a W.P.A. 
project or by the general contractor in connection with the road work and 
recommended the adoption of the latter method, He also recommended the em 
ployment of an expert appraiser from Spokane or Seattle to set a value on 
the salvaged materials so as to obtain a fair comparison between such value 
and the actual cost involved in the wrecking operations. After discussion 
the Commission approved the Engineer's recommendations and authorized Chair- 
man Cabell to discuss the matter with the Portland city officials. 


The State Parks Superintendent, Mr. S. H. Boardman, was present 
and reported on the following matters: 


Acquisition of timbered wayside strips along the Pendleton-John Day 
Hi-hway between Ukiah and Dale Ranger Station:- He advised that federal aid 
funds, in the amount of about 450,000.00, are available for the purchase of 
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Marshfield so that they will be outside of the limits of the 
new highway pavement. 


Agreement with the Southern Pacific Company covering the 
matter of construction of the Clackamas overcrossing on the 
82nd Street Highway near the town of Clackamas, 


Lease agreement with Elton McBride. and wife covering prop- 
erty in the town of Long Creek which is to be used as a site for 
a highway maintenance headquarters. 


Agreement with Ida Williams, administratrix of the estate 
of William Williams, covering acquisition of 0.41 acre of land 
in the NWi of the SE of Section 16, Township 19 South, Range 1 
West, Lane County, which property is to be used as a site for 
maintenance headquarters. 


Agreement with Sam Likens covering the cutting and removal 
of fallen trees on land across which it is proposed to relocate 
the Oregon Coast Highway in the vicinity of Otter Crest, Lincoln 
County. 


The Commission discussed the setting of a date for its first regu- 


lar meeting following that scheduled for February 27 and 28, 1941, and de- 
cided to hold such meeting in Portland on Thursday and Friday, April 3 and 
4, 1941. The Secretary was instructed to make the usual arrangements for 
the use of the auditorium of the Public Service Building. The Commission 
also set Friday, February 14, 1941, as the date for an interim meeting in 
Salem, 


There being no further business to come before the Commission at 


this time, the meeting was adjourned at 5:15 p. m. 


State Highway Engineer 7 Chaifrman 


br ae er,  Ae2& 


Secretary t Commissioner 
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120 acres from Jefferson County 
40 acres from Pacific Power and Light Company 


He further requested authority to negotiate leases for the following proper- 
ties from the Bureau of Reclamation and the United States Department of Agri- 
culture: 


40 acres from the Bureau of Reclamation 
1,980 acres from the Department of Agriculture 


After discussion the Commission voted unanimously to acquire all of the prop- 
erties mentioned by the State Parks Superintendent provided they can be pur- 
chased at not to exceed $3.00 per acre. The matter was referred to the Attor 
ney to handle the details. The State Parks Superintendent was authorized to 
secure the leases from the Bureau of Reclamation and the Department of Agri- 
culture, 


Cutover strips along the Salmon River Highway:- The Parks Superin- 
tendent reported that there is considerable cutover timber land along the 
Salmon River Highway in the vicinity of Boyer which would make a desirable 
addition to the state's wayside purchases in this vicinity, which property, 
he said, is owned by James Churchill of Centralia, Washington, and by the 
Miami Corporation. He requested authority to negotiate for the same. The 
Commission approved the request with the understanding that the price to be 
paid for the land is not to exceed $5.00 per acre. 


Spruce Production Railroad right of way in Lincoln County:- The 
Parks Superintendent presented a request from the Lincoln County Court for a 
state contribution of $100.00 to assist the county in acquiring some of the old 
Spruce Production Railroad right of way, about one mile south of Newport. He 
said that the state now owns a short section of this right of way, containing 
two acres of land, which the county deeded to the state without cost some 
time ago for a wood lot, and that the county is now negotiating for the pur- 
chase of an adjoining section for which the owner, the Southern Pacific Com- 
pany, is asking the sum of $500.00, and wants the state to pay one-fifth of 
the expense. The Commission considers that the price is exhorbitant and 
thereupon denied the request. 


The Commission considered and signed agreements, et cetera, as 
follows: 


Permit from the Spokane, , Portland and Seattle Railway Company 
authorizing installation by the state of a culvert across railroad 
company property adjacent to the Lower Columbia River Highway. 


Agreement with Bonneville Power Administration providing for 
construction of a power line across state highway property in Hood 
River County. 


Agreement with Peoples Water and Gas Company covering the re- 
sstablishnent of the qompany's water mains and facilities in 


ee aaa a 
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Commissioner Oliver brought up for discussion the matter of snow 
removal on the roads leading to the Anthony Lake recreational area, Baker 
county. He advised that inquiry has been made by Mr. Blaine Hallock, Baker, 
as to whether the Highway Commission would cooperate in such work if Baker 
County will assume a portion of the expense involved. The Commission decided 
that it could not enter into such a cooperative arrangement without establish- 
ing a very undesirable precedent and without inviting adverse criticism from 
people who do not have good road facilities at the present time. This deci- 
sion is also to apply to the McKenzie Highway in Lane County, concerning which 
the Commission has been requested to conduct snow removal operations to enable 
the people of Eugene and vicinity to reach the winter sports recreational area 
adjacent thereto. 


Mr. Farmer brought up for discussion the matter of constructing “he 
forest highway project on the Oregon Coast Highway south of Port Orford, Curry 
County. He advised that at the present time this is the only forest highway 
project in Oregon that has been approved for contracting and that revised 
estimates indicate that it is going to cost about $15,000 more than the amount 
that has been allocated for the same. He suggested that it would be advisable 
to transfer such amount of funds from some other forest highway project and 
mentioned the Willamette Highway surfacing project as being a convenient 
source. He pointed out that under the present program 100,000 has been allo- 
cated to surface a 7.5 mile section of the Willamette Highway and that if the 
»15,000 is taken from this project it would not have a serious effect but 
would simply reduce the length of the improvement about .8 mile. After con- 
siderable discussion the Commission approved such transfer of funds and there- 
upon signed the following joint letter with W. H. Lynch, District Engineer, 
Public Roads Administration and F. H, Brundage, Acting Regional Forester,with 
regard thereto, which letter also requests the transfer of $75,000 of forest 
highway funds heretofore budgeted for the improvement of the John Day Highway 
from Dixie Summit toward Prairie City to the improvement of the section of 
this highway extending easterly from Prairie City, such transfer having been 
previously approved by the Commission: 


"Changes in the Fiscal Year 1941 Forest Highway Program are 
recommended for approval as follows: 


Present Approved Recommended Revision 


Status Funds 
No. Project Length Funds Length F. H. Coop. 
10-D2 Oregon Coast Hwy. 5 . : 
Hubbard Creek 
Bridge Reconst. .03 mi. 25,000 .03 mi. 40,000 
21-F5, Willamette Hwy. 
G3,H4 Surfacing 7,5 mi,100,000 6,7 mi. 85,000 
36-Al John Day Hwy. 
Reconst, Grad. 4.0 mi. 75,000 5.7 mi. 75 ,G90 25,000 


(Continued on next page) 


Salem, Oregon, February 14, 1941 


The State Highway Commission met in special session at 10:00 a. me 
in the office of the State Highway Engineer, Room 325, State Office Building, 
Salem. Present were: 


Henry F. Cabell, Chairman 

Huron W. Clough, Commissioner 

Herman Oliver, Commissioner 

R. H. Baldock, State Highway Engineer 
J. . DeSouza, Assistant Attorney 

H. B. Glaisyer, Secretary 


Also present were H. D. Farmer and T. ii. Davis, Senior Highway Engineers, rep- 
resenting the Public Roads Administration. 


The “ngineer discussed with the Comaission matters vertaining to the 
proposed strategic military highway system in Oregon, particularly certain 
changes desired by the U. S. “lar Department. After considerable discussion 
the “ngineer was instructed to write the Public Roads Administration to the 
effect that the Commission will agree to soue of the changes on the condition 
that the War Department will approve the retention in this system of certain 
highways that the Commission feels are especially desirable from the local 
standpoint as well as from the military standpoint. Otherwise, the Commission 
feels that it will be necessary to adhere to its original recommendation, as 
disclosed in its letter to Mr. Lynch, District Engineer, Public Roads Admin- 
istration, dated December 21, 1940. 


The Honorable R. C. Frisbie, State Representative from Baker County, 
came before the Commission in regard to the Baker-Homestead Highway. He re- 
called that the State Legislature a few years ago changed the route of this 
highway beyond the town of Halfway by eliminating the Halfway-Cornucopia Sec- 
tion and substituting in lieu thereof a road from Halfway down Pine Creek to 
the town of Homestead. However, the people of his district have changed their 
attitude with respect thereto and now feel that a mistake was nade, particu- 
larly in view of the fact that the town of Homestead is now served by the 
State Secondary Highway which extends down the Snake Siver from the town of 
Robinette. They are asking, ne said, that the Pine Creek Section from Home- 
stead to the top of Pine Creek Canyon be eliminated from the State Highway 
system and that the highway be routed from Halfway to Cornucopia in accordance 
with the original designation. He pointed out that a bill is now pending in 
the Legislature to effect such change but will be withdrawn in the event the 
Highway Commission will make the change which, he understands, the Commission 
has legal authority to do. The "ngineer advised that he discussed this matter 
with the Commission's Attorney who is of the opinion that the Commission has 
such legal authority. After discussion, the Commission approved the changes 
requested by Mr. Frisbie under the condition that it has the backing of the 
local residents and is in conformity with general public opinion. lr. Frisbie 
advised that he would ascertain the attitude of the people concerned, includ- 
ing Baker County Court and the people of the town of Halfway. 
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pointing out that these roads are now in bad condition due to heavy log-haul- 
ing traffic which, they anticipate, will continue probably twenty years, and 
Clackamas County is not financially able to maintain them. However, the 
cowity will maintain at county expense the road that the logers are using in 
transporting theirlogs between Canby and the “Willamette River. 


Chairman Cabell explained that due to scarcity of available funds 
the Commission has been reluctant to add new roads to the state secondary 
highway system, it being considered advisable by the Commission to improve 
the roads now on such system before taking on new obligations. However, there 
are exceptional cases to which the Commission gives special consideration if 
conditions warrant and, in the present instance, the Commission will take the 
request under advisement and will probably have investigations made. 


Mayor Vinyard asked the Commission to give consideration to the re- 
moval of several right-angle turns in the town of Canby along the route used 
by loggers from Canby to the river. He said that the rerouting of the high- 
way to eliminate these turns would not only shorten the distance between the 
town and the river but would also provide greater safety to ‘local citizens. 
Right of way required for such change, he said, can be obtained at small ex- 
pense. The Engineer was instructed by the Comaission to investigate this 
matter when investigating the other projects requested by this delegation. 


The County Court of iiarion County, represented by County Commis- 
sioners Jim Smith and Ralph Girod and County Engineer N. C. Hubbs, was pres- 
ent and presented formal requests from Marion County Court and Linn County 
Court for the designation, as a state secondary highway, of the road commonly 
known as the North Santiam Highway, from the town of Detroit southeasterly to 
a connection with the South Santian Highway. The Commission took the matter 
under advisement. 


The Honorable Rex Ellis, State Senator from Umatilla County, came 
before the Commission and requested, on behalf of the logging operators of 
Pendleton and Pilot Rock, permission to transport logs over the Pendleton- 
John Day Highway for a short time after dark so as to enable them to deliver 
two loads of logs daily to the mill at Pilot Rock from their timber stand 
near Ukiah, about fifty miles distant. He alleged that, on account of the 
shortness of daylight hours and the long haul, it is not possible for loggers 
to deliver two loads of logs during daytime and, if the Commission will not 
grant the permission requested, it will necessitate the parking of the loads 
at the side of the highway overnight which, during this season of the year, 
will work extreme hardship on the truck drivers because traffic on the high- 
way is very light and they have no other transportation available to reach 
their destination. He said the drivers do not want to violate the laws but, 
unless some concession is made, they will have to,so far as speed is concernet, 
if. they are to deliver their loads before darkness sets in, 


Chairman Cabell pointed out that this condition is not confined to 
the Pilot Rock area but is general throughout the state; that the Commission 
is aware of the condition and is giving the matter study and it is hoped that 
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oregon Coast Highway, Hubbard Creek Bridge Reconstruction, 10-D2, .03 xi. 


"The estimate included in the previous program was promised on 
prelininary data. Upon completion of the surveys and design, it became 
evident that the present approved funds were insufficient to finance the 
construction. It is necessary, therefore, to recomend the allocation of 
additional funds as cited above. 


‘illamette Yighway, Surfacing, 21-F5, G3, H4, 6.7 Miles. 


"In order to finance the reconstruction of the Hubbard Creek 
ridge, the funds therefor are to be released from the Willamette Sur- 
facing Project by reducing the length of the proposed improvement. 


John Day Highway, Reconstruction Grading, 36-Al -O Miles. 


"The program previously approved provided for the improvement 
of the project frou Dixie Summit toward Prairie City. Since that time 
the State has decided to finance the section adjacent to Dixie Summit 
with Federal Aid funds, and it is now desirable to change location of 
the proposed Forest Highway improvement to extend from Prairie City 
easterly and to add sufficient additional funds to complete the grading 
to a connection with the proposed Federal Aid project. The State High- 
way Department proffers the additional funds as cooperation." 


In the discussion of the Port Orford project it was pointed out that 
difficulties have been encountered in securing right of way across certain 
proserty owned by Captain Harold oche, The Attorney was authorized and in- 
structed to proceed with the condemnation of this right of way immediately so 
as to avoid delays in contracting the construction. 


A delegation from Clackanas County, headed by the Honorable Howard C. 
Lelton, State Senator, and including County Judge E. L. Pope and County Com- 
missioner George G. Randall; County Engineer D. T. Meldrum; J. R. Vinyard, 
Mayor of Canby; Roy L. angus, City Recorder; and George Koehler, Councilman, 
came before the Commission and requested the designation as state secondary 
highways of the following county roads: 


Market Road No. 10, extending from the south city limits of 
Canby to a junction with State Secondary Highway No, 160, near idar- 
quam, a distance of dout 13.7 miles. 


Molalla River “oad beginning at the east city limits of Mol- 
alla and extending southeasterly therefrom to a point near the con- 
fluence of the \olalla River with the north fork of the siolalla 
River, a distance of about 7.6 miles. 


They filed with the Commission formal requests for such designations from the 
Clackamas County Court. Senator Belton made an urgent plea for such desinatias 


—_— 
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ir. Farmer brought up for discussion the proposed plan for financing 
construction of the Korth Santiam Highway between Niagara and Detroit where 
the present road will be flooded by the proposed dam across the North Santiam 
River. He pointed out that according to the original plan the War Department 
is to advance the funds to build the new road from the dam site to a point 
about three miles above Detroit and is to receive reimbursement at the rate 
of $100,000 per year from Forest Highway funds. However, it has since been 
deemed advisable to include in this arrangement construction of the new road 
down stream from the dam to the foot of the six per cent grade, which is out- 
side of the zone directly affected by the dam and was originally considered 
by the War Department to be entirely beyond the scope of the agreement. The 
War Department, he said, is now agreeable to financing this construction on 
the same basis - that is, the War Department will advance funds for construc- 
tion in the first instance with the understanding that it will receive reim- 
bursement at the rate of $100,000 per year from Forest Highway funds. The 
agreement with the War Department, he said, has been prepared on such basis 
and he asked the Highway Commission to approve the arrangement before the 
papers are executed, After discussion the Commission approved the arrange- 
nent by unanimous vote and thereupon signed a letter directed to W. H. Lynch, 
District Engineer, Public Roads Administration, in regard thereto. (See let- 
ter dated February 14, 1941, signed by all three members of the Commission.) 


The Engineer reported receipt of a letter from WY. >. Hewes, City 
Engineer, Lewiston, Idaho, inquiring as to the plans for the completion of 
the Oregon section of the Enterprise-Lewiston Highway, in Wallowa County. He 
was instructed by the Commission to inform Nr. Hewes that the Comaission has 
obligated itself to complete this section by the time the Washington Section 
of this highway is completed. 


The Commission considered and, by unanimous vote, approved the min- 
utes of the meetings held on October 9, 10 & 11, October 18, and November 12 
and 13, 1940. 


The Assistant Attorney requested authority to acquire certain par- 
cels of real property that are needed for various highway improvements througir 
out. the state. Ile submitted a list of such properties together with the 
prices that he recommended be paid for each, After careful consideration of 
each item the Comaission approved the request and, by unanimous vote, adopted 
the following resolution in regard thereto: 


WHEREAS, in connection with the further improvement of 
the highways hereinafter designated, it is and has been necessary 
to acquire property for right of way, quarry sites, gravel or other 
material sites, or sites for the storage of materials, as herein- 
after more definitely set forth, and 


WHEREAS, as a result of negotiations carried on with the 
owners of the property required, options have been obtained, which 
options have been considered by the Commission, outlining the bases 
of settlement which have been agreed upon, and 
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by next fall the Comuission will be in position to establish a definite rule 
pertaining thereto, In the meantime, he added, the Commission will discuss 
the request and will let Senator Ellis know as soon as possible what, if any- 
thing, can be done to relieve the present situation. 


Following Senator Ellis' appearance the Commission discussed the 
matter at further length and decided to permit loggers to operate until 8:00 
P. m, provided they equip their loads with proper lights extending the length 
of the load. This was approved by the Commission as a trial proposition on 
the Pendleton-John Day Highway between Ukiah and Pilot Rock and a state-wide 
policy with respect to such matter is to be formulated from the results of 
this trial. The Engineer was instructed to conduct the experiment at once. 


The Commission adjourned at 12:10 p. m. and reconvened at 1:15 p.m 
in the same room. 


The Commission discussed the request from the City of UcMinnville 
for a decision with respect to the adoption of a permanent connection between 
the Pacific Highway West and the Three Mile Lane Secondary State Highway in 
ueMinnville. The Engineer advised that the permanent route for the Pacific 
Highway West, through McMinnville, was adopted by the Commission some tim ago 
but there is still a question as to the route of the secondary highway connec- 
tion; whether it should be routed along ijain Street or along one of the streets 
south of Main Street. He pointed out that the adoption of a permanent route 
for this connection involves the location for a new bridge over the South Yam- 
hill River, which bridge is estimated to cost approximately 4300,000. He sug- 
gested, in view of the fact that funds are not available to finance the work, 
that the Commission designate the Main Street route as a temporary connection 
for this highway until such time as the Commission is in a position to adopt 
and construct the permanent route. The Commission approved the suggestion 
and instructed the Engineer to so inform the Honorable Eugene Uarsh, State 
Representative from Yamhill County. He was also instructed to paint and main- 
tain a yellow center line stripe along Main Street. 


The Engineer brought up for discussion the matter of filing an ap- 
plication for a new WPA project on the Wolf Creek Highway superseding all 
projects now in effect and those for which applications have previously been 
filed. He recommended approval of such project covering the construction of 
the remaining portion of this highway between the Nehalem River, east of Elsie, 
and the junction with the Canyon Road, Portland, the work to consist of clear- 
ing, grubbing, grading, and all other necessary work except the construction 
of pavement between North Plains and Portland and railroad grade crossing 
elimination structures. He estimated the total cost of the project at 
42,129,503 of which amount, he said, the state's share would be approximately 
18.3 per cent, the balance to be paid with WPA funds. He also said that the 
approval of this project would not affect this year's budget and that the WPA 
would furnish powder and culvert pipe and a considerable portion of the equip~ 
went. He pointed out that this is a National Defense project and, accordingly, 
is in a priority status. After discussion the Commission approved the project 
as outlined and authorized the Engineer to sign the application for the same. 
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Section, Hwy. and Owner Purpose Acres Approximate Amounts Agent 
Lincoln County Line-Florence Section, Oregon Coast Highway 
8821-Stonefield, Rufus C. Stock Pile 0.249 $100 Lump. Sum Collins 
8822-Stonefield, Mary E. bs " Approx, 

1.0 $250 per acre Lytle 


Depoe Bay Section, Oregon Coast Highway 
4126-Neely, Martha Slope Esm't. 250 sq.ft. EASEMENT GRATIS Collins 


Nehalem Spit Section, Oregon Coast Highway 
7332-Kohler, John Park 1 lot 910 + 50¢,(+ taxes wartin 


which state will assume) 


West Portland-Tualatin Section, West Portland-Hubbard Highway 


4599A-Henricks, J.A. Slope 341 sq.ft. $25 Lump Sum Benson 

Estate Esm't 
4827-Studensky, Paul R/W 43,183 " $150.45 Land, plus Devers 

$125.00 
Under Yest Approach to “illamette River Bridge, Salem-Dallas Highwa 
3749-“Nallace, Paul B. W Esm't 0.54 Permanent Esm't, Gardiner 
. GRATIS 
rt Highwa 
8739-Thompson, J. A. ; 0,03 GRATIS Collins 
8740-Thompson, J, R. 4 0.06 Land GRATIS,+ $200 " 
Plunkett Creek-iWren Section, Kings Valley Highwa 
8722-Thomas, Ira W. W 1.22 w25 per a. 975 Collins 
8725-Johnson, C. E. " 1,00) $100 per acre n 
0.24 § 50 per acre + $188.50 
1.24 

Eugene Section, Pacific Highway 
3862-Thompson, Flizabeth ii. 

Estate RAY 15.95 “300 per acre Parker 

$158.73 per acre Gardiner 
hway 


2.0 @ %50 per acre Gardiner 


3713-Damon, Lloyd L. 
9.1e 350 * * 


plus +1985 
3714-Farlow, T. L., Earl R/T 3.64 50 per acre, plus " 
and Fred 3432.13 
8712-Sidley, ilike, Jr. R/T 3.17 550 per a. + 3220 " 
8710-Neyer, Ella E. R/V Sc7 S150 per a. + $2742.25 " 
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WHEREAS, it is the judgment of the Commission that the 
said options should be approved and accepted, and/or the said re- 
ports be declared acceptable to the State Highway Commission as bases 
of settlement for the properties involved, and that the acquisition 
of the »roperties should be completed: 


NOW, THUREFORE, Bh IT RUSOLVED that the several offers, or 
bases of settlement. hereinafter enumerated be, and the same hereby 
are, ayproved and accepted, and that the Attorney for the State High- 
way Commission be, and he hereby is instructed to complete the acqui- 
sition of the said proverties and to take title thereto in the name 
of the State of Oregon, The said properties hereby ordered and auth- 
orized to be acquired are as follows: 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Volliner Creek Section, ‘iolf Creek Highway 

8692-Weathers, Lou H. Wf 2.64 In exchange for lands 
lying outside R/W & McChesney 
right to remove gravel 
from river bed 

Summit Section, Necanicum Highway 

#744-Crown Zellerbach Corp- Stock 1425 $20 per acre 

oration Pile 


St. Helens Section, Colwnbia River Highw 
8735-First Nat'l.Bank of R/W iL 76 sq.ft.¢ $0.01694 per sq.ft. 


Portland NeChesney 
8735-morefield, J. W and " 21,708 “ @ 10¢ sq.ft.plus 

wary E. Robertson $829 .20 " 

Estate 


Multnomah County Line-Scappoose Section, Columbia River Highwa: 
8344-Vatts Estate i 0.06 $155.50 Lump Sum 
(Correction) 


Glenwood—Yashburn Section, ‘/ilson River Highway 

5671-Van Loo, Iola Annabelle R/T 1.0 300 Lump Sum for land, 
Plus $1300 

8663-Ackerson, ifinnie M. 0.07 $10 Lump Sum 

8670-Rowe, Freeman 0.07 %5 Lump Sum 

8675-Drake, Sherman T. 1.72 4100 per a, plus 476, 
plus moving bldg.(Est'd 
at $200) 

8666-Johnston, Willard 0.09 $10 Lump Sum 

8668-Johnston, Nettie 0.002 $250 per a. plus $29.50 

8672-Consolidated Timber Co. Q,30 GRATIS 

8717-Consolidated Timber Co. 160 sq.ft. GRATIS 


Otis-Polk County Line, Salmon River Highway 
8526—-Boyer, Gladys N. Park 3-5/6 $500 Lump Sum 


rep i A 
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Section, Hwy,, and Omer Purpose Acres Approximate Amounts Agent 


Jefferson County LineePrineville Section, Warm Springs Highway 
7830-Earwood, Roy n/a 5.03 $100 per acre Benson 


1.15 $10 per acre, plus 


6.18 $1135.50 
7672-illiams, Claude F. ad 2.99 $100 per acre, plus “ 
0.3 $233.50 
38 
7673-Williams, Elizabeth ® 7.77 9100 per acre, plus " 
$1970.25 


Bend-Forest Boundary Section, Century Drive Highway 
38702-Shevlin-Hixon Co, Gravel Pit 240 For Hauling hoad,GRATIS 


24.28 $10 per acre 

55.72 $2.50 per acre DeSouza 
Lava Butte-Crescent Section, The Dalles-Calhifornia Highway 
8927—Shevlin-Hixon Co. 


Gravel Pit 53.94 $10 per acre 


Woke ae age? OWLS Te pe 
“H fe as 2 pho - 


ah 


66.06 $2,50 per acre n 
120.00 

Front Ave. Project-Columbia St. South (Portland), Pacific Highway West 
3263-First Natl.Bank of 

Port Mand R/T 13,620 sq. ft. $2,500.00 McCallister 
8267-Henry, Etta " 5,000 " « 900 00 " 
8263-Baun, Elsbeth " 5,000 " 2,500.00 " 
$255-Illge, Henrietta " 2,07 " *® 1,000.00 " 
8223—Bloom, Mary & Matilda " 10,000 " " 2,000.00 " 
8160-Pacific University 5,000 * *# 5,000.00 " 
3161~Steinforth, Mary J. x isn O® 7,500.00 " 
8191~Viceri, Angelo " 2,500 " 1,000,00 mt 
8195-Peluso, Guiseppo and 

Concetta tt 2,500 " 750,00 " 
8197-Raden, Catherine . 708 * 1, 250,00 * 
8230-Hodges, HW. H. & Dixie " 10,000 " " 1,250.00 " 
8231-Cook, FIerence Fuston " 5,000 * 2,000.00 " 
8563-Bank of California e 40;650 " 6,000.00 e 
8648Klonoff, H. B. " 2,800 *" *  1,600,00 " 
8232-Steinlen, Charles T. . $,000 * * 2,000.00 " 
8265-Cimbolo, Ralph t 2,500 " ™ 1,250.00 " 
2565-Knecht, Fred and 

Catherine " 5,000 « * 3,500.00 3 
8840-Goldstein, B. and 

iargaret C. Jones " 2,200 " 885.00 . 


The Assistant Attorney also brought up for discussion additional 
settlements for right of way needed for the proposed Front Avenue project in 
Portland. Action on these properties was deferred pending personal inspec- 
tion of the premises by Chairman Cabell. 
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Section, Pwy. and Owner Purpose Acres Approximate Amounts Agent 


Cove Section, The Dalles-California Highw 
8909-Jefferson County Park 38 


8908-State Land Poard Park 320.0 $2.50 per acre Devers 


Davis Ranch-Paulina Section, Crooked River-Paulina Highway 
8782-Post, J. Re and Gravel Pit 3.51 30 per a.plus $99 Chandler 
Federal Land Bank 


O'Neil Section, O'ieil Secondary 
8780-Livingston,Florence Gravel Pit 3.09 $100 per a.plus 377 Forrest 
Cooper 


Jefferson County Line-rrineville 5 Warm Springs Hi 
7678-Aschbacker, J. y 2.35 100 per a.plus $515 Benson 
7733-Harker, Howard H. 9.28 $100 pera." $707 " 
8460-City of Prineville R/V! Easement 0.40 & 

Railroad 3590 sq.ft. GRATIS * 


Coos County Section, Powers Secondary 
8701-Johnson, Thomas V. Stock Pile 1.54 $113 per a.plus $26 Gardiner 


Coos County Section, Coos Bay~Roseburg Hi 
8727-Huling, Katherine D, Seale Site 0.25 $1200 per acre Gardiner 


Bear Creek-Coos Junction Section, Coos Bay-Roseburg Highway 

8814-Croucher, Geo. W. Gravel Bar 0.62 10 year lease, $0.03 Parker 
per cu. yard 

8815-\/ilson, W. P. " " 1.71 10 year lease, 40.03 
per cu. yard 

8816-Hodges, Albert E. " ® 5.11 10 year lease, 40.03 " 
per cu. yard 


Boardman-Stanfield Section, Old sa Tras nha y 
8827-lloyer, J. D. and Flora Flora R/W $40 per acre Landon 
Moyer *s oe $3.35 per a.+ 38.25 
5.98 
8831-Klinehan and Fred lic- 0.01 GRATIS ¥ 
Murray 
8829-McMurray, Fred 3.20 $100 per a. plus $480 7 
8832-Federal Land Bank & 
Sherman Thos.Roberts 0.09 $100 pera. " 928.40 " 
2828-Federal Land Bank & 
J.C.F.Lee 3.19 @ $75 per acre " 
@ 950 si " 
Plus $690.50 
Grant Co,Section, Pendleton—John Day Highway 
962-Gill, B. F. and 
J. de Gilbert RAW 6.32 $7.25 per acre 
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Commission makes a decision in the matter. The Engineer was instructed to 
convey such information to Mr. Stockman and to make a joint inspection of the 
project in company with the Chief Engineer for the Public Utilities Commis- 
sioner and to report his findings to the Commission. 


The question whether or not to take legal proceedings to evict Irs. 
Inez Van Dyke who is maintaining a cottage on state property known as Casey 
State Park, adjacent to the Crater Lake Highway in Jackson County, had the 
attention of the Commission. The Secretary presented a letter from the Attor- 
ney regarding this subject, After discussion the Commission ordered that 
legal proceedings to force lirs. Van Dyke to vacate the premises be undertaken 
pnless the Attorney knows of some good reason why this should not be done. 


The Commission discussed briefly the request heretofore made by 
I. C. Nealeigh of Oregon “ity for the filling in of the highway right of way 
in front of property that he owns adjacent to the new highway at this place. 
The Secretary recalled that lir. Nealeigh agreed to write the Commission ex- 
plaining in detail just what he wanted done but no such letter has been re- 
ceived to date. The Commission decided to let the matter drop until hearing 
from Mr. Nealeigh. 


The Commission discussed and denied the request from Harold Nelson, 
Portland, for permission to maintain a small building on the right of way of 
the Oregon Coast Highway at the north end of the Depoe Bay Bridge, in Lincoln 
County, it being strictly contrary to the Commission's long-established policy 
to permit such encroachnents. 


The Secretary presented letters from irs. Fay Lamson Ray, of Van- 
couver, Washington, and Mrs, Frances L. Barnes, Portland, suggesting that the 
state nark which has been established at a place known as "The Cove", in Jef- 
ferson County, be named "Rogers Park" in honor of Clark Green Rogers who home- 
steaded the area in 1879, It was the thought of the Comaission that the time 
is not propitious to name this park in view of the fact that all of the land 
for the park has not as yet been acquired. The Secretary was instructed to 
so inform Mesdames Ray and Barnes and to state that the Commission appreciates 
their interest in the matter and will be pleased to bear their suggestion in 
mind when the naming of this park comes up for discussion. 


The Commission considered and ordered filed a petition signed by a 
number of organizations of Silverton in which objections were offered to 
House Bill No. 298 now before the Oregon Legislature, which bill proposes to 
nermit withdrawal of water from Silver Creek for irrigation purposes. 


The question of whether to maintain signs along state highways at 
locations where freeways have been obtained advising prospective purchasers 
of abutting oroperty that right of access at such locations will not be al- 
lowed, had the attention of the Commission, The Commission decided that it 
would be inadvisable to maintain such signs at the present time, particularly 
in view of the fact that this information is available to prospective purchas- 
ers in the county deed records, 
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Mr. James Elliott, County Commissioner of Clatsop County, was pre- 
sent in regard to the bridge over the iiehalem River on the county road that 
connects with the Wolf Creek Highway near Elsie. He said that this bridge is 
badly in nesd of repair or replacement with a new structure; further, that 
the county court is not particularly interested in the bridge and had it in 
mind to dismantle it, in fact, has already closed it to all traffic, but 
recently received a petition signed by numerous loggers requesting the repair 
of the structure so that it can be used in their logging operations, it being 
their contention that unless the bridge is repaired they will be forced to 
use the Wolf Creek Highway as a turn-around for their equipment, which would 
present a serious hazard to Wolf Creek Highway traffic, and, as far as the 
county court is concerned, that is the only justification for the rebuilding 
of the bridge. 


The Engineer advised that the bridge is on the county road that was 
used as a detour during the construction of the Wolf Creek Highway and when 
it was turned back to the county it was carefully inspected by the Bridge En- 
gineer who reported it in good condition; however, since that time it has been 
used extensively by log haulers who have severely damaged it by hauling over- 
weight loads. He estimated the cost to repair the damage at $6,200, and to 
construct an entirely new bridge at $10,000. Mr. Elliott inquired whether 
the Commission would pay 50 per cent of the cost of repairing the existing 
bridge or for building a new one, if the county would pay the balance. It 
was the Commission's contention that the loggers should pay at least a por- 
tion of the expense in view of the fact that they were responsible for the 
present condition of the structure, After discussion, it was agreed that Mr. 
Elliott would contact the loggers with regard thereto and report his findings 
to the Comnission when the Commission will make its decision. 


The Assistant Attorney brought up for discussion a request from the 
Standard Oil Company for merchantable title to certain property in Bandon 
which the company is obtaining from the state in connection with a highway 
right of way transaction, He estimated that to furnish such title would cost 
not to exceed $150 and gave as his thought that the state should assume this 
expense, The Commission voted unanimously to pay the costs involved in fur- 
nishing a satisfactory title to the company. 


The matter of acquisition of land at Gold Beach to protect the 
bridgeheads of the Rogue River Bridge was discussed briefly but action there- 
on was deferred until the State Parks Superintendent is present. 


Comnissioner Oliver presented a letter from ifr. Lowell Stockman, 
Pendleton, in regard to the construction of a connecting link between the 
Helix Secondary Highway and the new state highway between Pendleton and Adams, 
in Umatilla County, The Engineer advised that this connection involves a . 
crossing of the 0.W.R. & N. Company Railroad at grade, at a point where there 
appears to be somewhat of a hazard, and there is a question whether the Public 

tilities Commissioner would permit the improvement without provision being 
made for the separation of highway and railroad traffic. This feature, he 
said, vitally affects the cost of construction and should be known before the 
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gave as his thought that this is a state obligation and requested an early 
decision by the Commission. 


The Engineer estimated that the work involved would cust about 
$2,500 and recommended approval of the request in view of the fact that the 
lighting project is part of the main project of safety control along Sandy 
Boulevard heretofore approved by the Commission, After discussion the Com 
mission, by unanimous vote, authorized the improvement at state expense with 
the understanding that the city would do the work. 


The Secretary presented a resolution from the Lower Columbia Associ- 
ated Chambers of Commerce requesting designation of the Lower Columbia River 
Highway as a strategic military highway and the reconstruction of the same to 
modern standards, The Commission ordered the resolution filed without action, 
there being no funds available to finance the work at this time, 


A letter was also presented from Charles H. Reynolds, President of 
the Oregon Trail Association, expressing appreciation for the improvements 
heretofore made by the State Highway Department along the Old Oregon Trail in 
the vicinity of Arlington, and expressing the hope that this highway will be 
modernized between the town of Boardman and the John Day River in the near 
future; also requesting the straightening of this highway through the town of 
Arlington, The Commission decided that it would be best to defer the con- 
struction of the proposed Arlington revision until the Old Oregon Trail has 
been completely reconstructed on both sides of Arlington, particularly in 
view of the fact that the improvement of the Arlington Section is a very ex- 
pensive undertaking involving the construction of a railroad grade crossing 
elimination structure for which no funds are available at this time. 


The Secretary also presented numerous petitions and resolutions 
from various organizations along the Tualatin Valley Highway jn which the 
Commission was requested to provide for the early reconstruction cf this 
highway for four lanes of traffic between the ijultnomah County Line and the 
Yamhill County Line, The Engineer estimated that it would cost about 
$172,000 to construct a pavement 44 feet wide on a 66-foot width grade, with 
standard shoulders, between Sylvan and Beaverton, a distance of four miles, 
and that to construct such pavement without the shoulders would cost about 
$152,000, To construct a 44-foot pavement with rock shoulders along the sec- 
tion between Beaverton and Forest Grove, he said, 2 distance of 143 miles, is 
estimated to cost $631,000, It was the thought of the Commission that if and 
when this improvement is made it should be done properly and should include 
shoulder work notwithstanding the fact that it would cost somewhat more than 
if the shoulders were omitted. The Commission made no commitment to the proj- 
ect but decided to bear it in mind in the formulation of future construction 
programs, 


Reconsideration was given by the Commission to the claim of John 
O'Gorman for the loss of ten sheep which were killed by a State Highway De- 
partment truck on the Klamath Falls-Lakeview Highway in the vicinity of Bly, 
in November, 1940, The details of the accident were explained by the Engineer 
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The Comaission discussed a request from L. E. Bierce, Grande Ronde, 
Oregon, for permission to construct a plank logging road across certain state 
park property adjacent to the Salmon River Highway, in Polk County, for use 
in connection with the truck hauling of logs from an adjacent privately-owned 
tract. The Commission approved the request subject to the condition that the 
connection with the Salmon River Highway is constructed in a satisfactory loca- 
tion so as to minimize the hazard to Salmon River Highway traffic. 

The Commission discussed briefly and ordered filed the report from 
the Engineer relative to revenues derived from the state tax on gasoline dur- 
ing the calendar year 1940 as compared with that for the calendar year 1939. 


The Engineer requested authority to install flood lights at four 
truck scale sites in Division No, 5, particularly at the scales located at 
_ Mile Post 1,05 on the Wallowa Lake Highway; at a point on the Old Oregon Trail 
about one mile east of La Grande; at the north city limits of Ontario; and at 
the Cairo Junction, south of Ontario. He explained that these lights have 
been requested by the Department of State Police to facilitate the activities 
of that department. He estimated that the cost to furnish such lights at ali 
four points would be approximately $570. The Commission approved the request 
by unanimous vote. 


The Commission discussed a complaint from County Commissioner E. G. 
Anderson, Tillamook County, with regard to the condition of the Little Nestucca 
Secondary Highway, Mr. Anderson asked for the stabilization of this road so 
as to make it passable for log-hauling traffic, The Engineer advised that 
this road was constructed for local, light traffic only and absolutely will not 
stand up if subjected to log hauling; also, that to strengthen it sufficient- 
ly so that it will withstand logging traffic is a very expensive undertaking. 
It was his thought that the expense is not justified at the present time, The 
Comission concurred in the viewpoint of the Engineer and thereupon decided 
not to make any commitment to the project at this time. 


The Engineer reported that due to weather conditions and increased 
log hauling on the South Santiam Highway it has been very difficult this win- 
ter to maintain the road in proper condition, particularly the 12-mile sec- 
tion easterly from the end of the oiled section near Sweet Home. He estimated 
that it would take about 2,000 cubic yards of rock to >roperly maintain the 
road during the next three months and requested authority from the Commission 
to advertise for bids for the furnishing of such amount of material and to in- 
clude an additional 3,000 cubic yards to be placed in stock piles for future 
use. He estimated that this material would cost about $7,500. The Commission 
approved the request by unanimous vote, 


The Commission discussed a letter from F. T. Fowler, Traffic Engi- 
neer for the City of Portland, in which it was pointed out that, in connection 
with the traffic signal installation on East Burnside Street and 12th Avenue 
from Sandy Boulevard, it is essential that the curbs on Sandy Boulevard be- 
tween 12th Avenue and 15th Avenue be set back a distance of two feet to pro- 
vide a roadway of the same width as the balance of Sandy Boulevard, Mr. Fowler 
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ifter due consideration, the Commission by unanimous vote, approved the a.ards 
as reported by the Engineer. 


The Engineer also reported that repairs have been made to the Serv- 
ice Creek Bridge over the John Day River, on the Service Creek-Mitchell Sec- 
ondary State Highway, in Wheeler County, and the 10-ton reduced load limit 
for which this bridge heretofore has been posted is no longer required. He 
recommended appropriate action by the Commission restoring legal weight loads. 
The Commission aporoved the recommendation and thereupon, by unanimous vote, 
adopted the following resolution in regard thereto: 


WHEREAS, on the 18th day of May, 1937, at a meeting of 
the State Highway Commission, all members being present and parti- 
cipating, the Commission passed and adopted a resolution ordering 
a reduction of the maximum permissible load limit on certain state 
highway bridges, including the following, to-wit: 


SERVICE CREEK-MITCHELL SECONDARY STATE HIGHWAY 
390-00.5 John Day River Bridge 10 tons 
and 


WHEREAS, subsequent to the passage of said resolution the 
said above-named bridge has been repaired so that it is no longer 
necessary or desirable to maintain the reduced load limit set out 
in said resolution; 


NOW, THEREFORE, BE IT R©SOLVED that the action of the 
State Highway Commission reducing the maximum permissible load 
limit on the following bridge, to-wit: 


SERVICE CREEK-MITCHELL SECONDARY STATE HIGHWAY 
390+00.5 Service Creek Bridge over John Day River 


be and the same hereby is rescinded and vacated as of this date, 
and the maximum load limit permissible on the said bridge shall 
hereafter be the maximum load limit provided by law. 


IT IS FURTHER ORDERED that certified copies of this res- 
olution be furnished to the county clerk of Wheeler County, in which 
county said bridge is located, and to the Superintendent of the De- 
partment of State Police for his information. 


Reconsideration was given by the Commission to the matter of pro- 
viding auxiliary service at Coos River Ferry during periods of high water, 
when ferryboat service has to be discontinued. The Engineer advised that 
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After considerable discussion the Commission concluded that it is liable for 
the payment of the claim, which is in the amount of $100, and thereupon aut 
thorized payment of the same in the event that it is not a just charge against 
the insurance company that furnished the insurance covering the state equip- 
ment. The matter was referred to the Attorney to handle. 


The Commission discussed the establishment of a policy to be fol- 
lowed hereafter in passing on applications of hospital associations for per- 
mission to provide group hospital insurance covering Highway Department em- 
ployees, involving deductions from the Highway Department's monthly pay rolls, 
The Commission confirmed its decision reached on January 22, 1941, not to 
authorize additional contracts during the year 1941 and to require that all 
contracts of this nature be on an annual basis, becoming effective on January 
lst of any year and expiring on December 31st of the same year, unless con- 
tinued; also, that all contracts with hospital associations shall be a stand- 
ard form heretofore approved by the Commission, and that before consideration 
is given to the application of any hospital association for such a contract 
that association shall be required to submit to the Commission the names of 
at least thirty employees who desire to receive the benefits of the service 
by such company. Further, that before the Commission will approve the renewal 
or continuation of a contract in effect the company concerned shall file with 
the Commission evidence to the effect that it is serving at least thirty High- 
way Department employees, otherwise, the contract will not be continued. 


The Engineer reported that as previously authorized by the Commis- 
sion, he has awarded contracts as follows to the low bidder in each instance, 
the conditions of the awards having been sxtisfied: 


2.33 miles grading and construction of a bridge on Lake Creek- 
Hanley Ranch Section of the Little Butte Secondary Highway, in Jack- 
son County. Bids taken January 21, 1941, contract awarded February 
12, 1941, to E. L. Gates. 


Grading and bridge construction on the Ochoco Creek Section of 
the ,adras-Prineville Secondary Highway, in Crook County. Bids taken 
January 22, 1941, contract awarded February 6, 1941, to Norris Bros, 


Florence Rock Production Project on the Oregon Coast and Siuslaw 
Highways, in Lane County. Bids taken January 22, 1941, contract 
awarded February 6, 1941, to M. L. O'Neil and Son. 


Grading, surfacing and oiling Plunkett Creek-Read Creek Section 
of Kings Valley Secondary Highway, in Benton County. Bids taken Janu- 
ary 21, 1941, contract awarded January 27, 1941, to li. Le O'Neil & 


Son. 


Rear Creek-Coos Junction Rock Production Project on Coos Bay- 
Roseburg Highway, in Douglas County. Bids taken January 21, 1941, 
contract awarded January 27, 1941, to A. S. Wallace. 
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main-travelled or through highway. 


2. That the Highway Engineer be and he hereby is instruct- 
ed to place along said highway at all points where roads or highways 
intersect the Salem-Dayton Highway appropriate signs or markers noti- 
fying drivers of vehicles to stop before entering or crossing the 
said Salem-Dayton Wighway, The Engineer is further instructed to 
place such signs or markers as nearly as practicable at the place 
where said cross or intersecting road or roads meet the prolongation 
of the nearest property line of such through highway, and the place 
or places where such signs are installed shall designate to the 
drivers of motor vehicles entering said through highway from any of 
= cross or intersecting roads the place where the stop shall be 
mage, 


3. This resolution shall be entered in the minutes and 
records of the Commission as of the fourteenth day of January, 1941, 
and a duly certified copy thereof delivered to the Public Roads Ad- 
ministration and a copy to the County Court of Polk County and a 
copy to the County Court of Yamhill Vounty. 


A letter was presented from Mr. Anthony Yturri, Attorney, Ontario, 
Oregon, in behalf of Mr, Vincent Mendiola, also of Ontario, requesting a 
blanket permit to operate over state highways, located a few miles south and 
west of the City of Ontario, a truck fitted for the hauling of loose hay, the 
overall width being approximately 14 feet. The Commission considered that it 
has no legal authority to grant such permit and instructed the Secretary to 
so inform Mr. Yturri. 


Reconsideration was given by the Commission to the claim of Melvin 
Sorell, Salem, in the amount of $25.00 for expense incurred by him as a re- 
sult of an accident to his car on the Pacific Highway (old route) a short 
distance south of Salem, Mr. Sorell states that the accident occurred at the 
point where the old highway joins the new highway and he alleges that due to 
improper signing he was not given sufficient advance warning that the old 
route was barricaded and as a consequence drove his car through the barricade 
causing injuries to himself and others and damage to the car, The Engineer 
advised that the barricade was properly placed across the highway and could 
be easily seen for a distance of about one-half mile and in his estimation 
there was absolutely no reason for the accident other than carelessness on 
the part of the driver of the car. He recommended that the claim be denied. 
The Commission approved the recommendation. 


The Commission discussed an application from the Lathrop Hay and 
Grain Company, Tres Pinos, California, for blanket permission to operate over 
The Dalles-California Highway, from the California state line to Fort Klamath, 
certain equipment consisting of a truck and trailer 60 feet overall in length 
which is to be used in the transportation of cattle, The Commission denied 
the request because it considers that it does not nave legal authority to 
grant permits of this kind, 
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ferry service at this point is now being rendered by Andrew Stambuck under 
contract with the State Highway Commission and that the original contract 
provided for the furnishing of free ferry service each day at the rate of 
$784.60 per month, which is at the rate of $1.30 per hour, and provided fur- 
ther that deductions at the rate of $1.30 per hour shall be made from the 
amounts due the contractor for each hour that the ferryboat is out of service, 
During the time that the ferry cannot be operated, he said, Mr. Stambuck has 
furnished a small power boat for the accommodation of pedestrians and he has 
rendered such service free of cost, although he does not believe that he is 
required to do so under the terms of his contract, and now wants the state to 
either permit him to discontinue such extra service or to pay him for render- 
ing it and has agreed to accept the sum of $1.30 per hour, the amount that 
would be deducted from his nayments when the regular ferry is out of service, 
He recommended payment to Mr. Stambuck for rendering such power-boat service 
at the rate stated. In view of the volume of pedestrian traffic that will be 
accommodated by such service the Commission approved the recommendation sub- 
ject to the condition that the insurance coverage provided by Mr. Stambuck in 
connection with the operation of the ferry is extended to cover the operation 
of the power boat. 


The Engineer brought up for discussion the matter of designating 
the Salem-Dayton Secondary Highway a through highway. He said that traffic 
along this highway is steadily increasing and in his estimation side-road 
traffic should be required to stop before entering the same and he so recom 
mended, After discussion the Commission approved the recommendation and 
authorized the Engineer to erect stop.signs at all intersecting roads. Tne 
following resolution designating this highway a through highway was adopted 
by the Commission by unanimous vote: 


VHSREAS, that certain highway known as the Salem—Dayton 
Highway, otherwise defined as State Secondary Highway No. 150, is 
a duly established state secondary highway; and 


WHEREAS, the Salem-Dayton Highway joins the Salem—Dallas 
Highway at West Salem and joins Three Mile Lane Highway at Dayton, 
and by reason of said connections carries a large volume of traffic; 
and 


WHEREAS, because of the importance of said highway and the 
volume of traffic which now moves thereover said highway should be 
designated as a main-travelled or through highway ; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the Com- 
mission, all members being present and affirmatively voting, as fol- 
lows: 


1. That the Salem-Dayton Highway, otherwise defined as 
state secondary highway No. 150, from its connection with the Salem- 
Dallas Highway to its connection with the Three Mile Lane Highway at, 
Dayton be and said highway hereby is designated and declared to be a 
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2 chipping hammers for use on Canyon Road WPA project. 
Ustimated total cost $100,00 


1 drafting machine for use of mechanical draftsmen at 
Salem Shops. Estimated cost $85.00 


Submarine cable now installed across channel opening at 
Interstate Bridge. Cost $10.00 


After discussion the Commission approved the request by unanimous vote and 
instructed the Engineer to make the purchases through the State Purchasing 
Agent in accordance with the usual practice. 


The Engineer reported an offer from ‘ultnomah County to purchase 
one traffic-line cart for the sum of $125.00, and an offer from the Lane 
County Court to purchase one 1000-gallon gasoline tank located at Oakridge 
for the sum of $49.00. He recommended acceptance of these offers. The Com- 
mission approved the recommendation, 


The Coinmission discussed and approved the proposed form of agree- 
ment with the 0.W.Re& N. Company, the Union Pacific Railway Company, and the 
Southern Pacific Company, covering the use of the upper deck of the Steel 
Bridge over the Willamette River in Portland by state highway traffic. The 
Atterney was instructed to prepare the final form of agreement in conformity 
therewith for execution later by the Commission and the railroad companies. 


In this connection the Engineer reported receipt of a letter from 
W. He Lynch, District Engineer, Public Roads Administration, pointing out 
that the proposed agreement provides for the leasing of the upper deck of 
“his bridge for a term of 30 years at the rate of $65,000 a year, payable in 
monthly installments out of the state highway fund; and also pointing out 
that. the agreement contains provision that nothing therein shall commit the 
railr-sd companies to any renewal or extension of the agreewent. Mr. Lynch 
advise that, if the Highway Commission is willing to enter into the proposed 
agreement, he would approve the use of federal aid funds to assist in financ- 
ing the construction of the approaches to the bridge, provided the project 
agreement covering the matter includes clauses to the effect that no tolls 
will be charged highway traffic for the use of the bridge and that the state 
will provide a proper crossing of the Willamette River for such traffic if 
for any reason the lease of the Steel Bridge is terminated. After discussion 
the Commission approved Mr. Lynch's suggestions and thereupon authorized and 
instructed the Engineer to include in the project agreement with the Public 
Roads Administration the clauses requested by Mr. Lynch, 


Consideration was given by the Commission to the following requests 
for extensions of time within which to complete highway construction projects: 


A. C. Greenwood Company, contract No. 2098, for grading the 
Arch Cape-Beach Creek Section of the Oregon Coast Highway, in Clat- 
sop and Tillamook Counties, requested an additional extension of 


The Commission also discussed the application of Mr. Paul Wampler, 

" Klamath Falls, for permission to drag logs across the Klamath Lake Secondary 
Highway No. 421 in Klamath County, at a point between mile post 21.69 and mile 
post 22,00. The Engineer advised that investigation reveals that the place 
where Mr, Wampler desires to o,erate across the highway is on a section where 
travel is maintained throughout the winter season, He recommended, in view 
thereof, that the request be denied. The Commission apvroved the recommenda~ 
tion. 


A request from the Bonneville Power Administration for a blanket 
permit of thirty-day's duration to operate over state highways between Van- 
couver, Washington, and the Bonneville Substation, two miles west of West 
Salem, certain truck and semi-trailer equipment 9! 8" wide and 50' long, had 
the attention of the Commission, The Commission denied the application for 
blanket permit; however, confirmed action previously taken authorizing the 
secretary to issue individual permits for the movement of this equipment be- 
tween these points. 


The Engineer requested authority to purchase the following equip- 
ment: 


22 light-type trucks for use on the Wilson River Highway WPA 
project; 22 old trucks to be traded in as part purchase 
price. Estimated total cash outlay $19,800.00 


RD-8 Caterpillar tractors and 2 12-yard Isaackson scrapers 
for use on Wilson River Highway WPA project; 2 old tractors 
and 2 old scrapers to be traded in as part purchase price. 
Fstimated total cost of tractors $8,548.00, [Istimated total 
cost of scrapers $5,000,00 


light-type cars. Estimated total cost $4,800.00 
105-cubic foot air compressors. Estimated cost $4,200.00 


power sweepers for oiling crews. Estimated total cost 
$4, 200,00 


long wheel—base, light-type truck,chassis only, for use of 
electrical crew in connection with repair and installation 
of signs, signals, et cetera. Estimated cost $800.00 


air-operated grease guns for La Grande Shops. Estimated 
total cost $600.00 


power—barrel hoists. Estimated total cost $500.00 


line-boring machine for Coquille Shops, Estimated cost 
$350.00 
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contract. should not have been completed within the specified time 
limit and recommended in view thereof that the extension of time 
requested be granted but that the contractor be required to reim- 
burse the state for all engineering costs incurred in connection 
with the job subsequent to July 31, 1940, the original specified 
date of completion. A letter was presented from the Public Roads 
Administration conevrring therein. The Commission approved the 
recommendation, 


Berke Pros., contract No. 2306, for grading and paving the 
Cottage Grove Section of the Pacific Highway, in Lane County, re- 
quested an extension of time of 30 days, from October 15 to Novem- 
ber 15, 1940, within which to complete this job. They alleged that 
their failure to complete the project within the specified time 
limit was due to extra work such as construction of additional 
curbs, sidewalks, gutters, diiveways, et cetera, and because they 
were not allowed to remove the old concrete pavement at the south 
end of the job,as contemplated, until after the new pavement had 
been constructed. ‘he Engineer advised that this contract was 
awarded on May 2, 1940, and that work was commenced by the con- 
tractors on May 17, 1940, and was completed on November 15, 1940, 
30 days after the expiration of the specified time limit. The 
principal reason for failure of the contractors to complete the 
job on time, he said, was their inability to secure equipment neces- 
sary for the paving work which necessitated the giving of orders to 
the contractor not to disrupt the old pavement at the south end of 
the job until they were ready to lay new pavement at this point. 
Another reason for the delay, he said, was the fact that the City 
of Cottage Grove would not let the contractors install barricades 
closing certain streets where they intersected the new highway. 

He recommended in view of the circumstances and the fact that the 
contractors were not responsible for the delay that the extension 
of time now requested be granted without penalty. A letter was 
presented from the Public Roads Administration concurring therein. 
The Commission approved the recommendation. 


Edwin C. Gerber, contract No, 2308, for surfacing and construc- 
tion of bituminous :acadam on the Pendleton-Adams Section of the 
Oregon-Washington Highway, in Umatilla County, requested an exten- 
sion of time of 36 days, from October 15 to lovember 20, 1940, with- 
in which to complete this job. He attributed his failure to com- 
plete the job within the specified time limit to adverse weather 
conditions and to the fact that he produced certain surfacing mate- 
rials for Umatilla County, The Engineer advised that the contractor 
did experience bad weather conditions between September 10 and Octo- 
ber 10, 1940; however, the principal reason for his failure to com- 
plete the project within the specified time limit was negligence in 
starting the work, He pointed out that the contract was awarded on 
lay 2, and advised that Mr. Gerber did not deliver any material from 
his crushing plant until July 22, two months after setting up his 
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time from August 15 to September 21, 1940, within which to complete this 
project. They attributed their failure to complete the project within 
the specified time limit to extra work in removing slide material. The 
Engineer advised that this contract was awarded on august 4, 1938, and 
provided that the job should be completed by October 31, 1939. On the 
expiration date, he said, considerable work remained to be done and due 
to adverse weather conditions he ordered the work closed down, on No- 
vember 1, 1939, until suitable weather prevailed in the spring. Grad- 
ing work was started again, he said, on May 9, 1940, but was not com- 
pleted until September 21, 1940, for reasons given hy the contractor, 
He pointed out that the total quantities of material moved by the con- 
tractor were 23.8 per cent more than that originally estimated and for 
this reason and for the further reason that the increased work was due 
in great part to slides which were difficult to handle, he recommended 
that the extension of time requested be granted without penalty. He 
also recommended that the penalty previously imposed on the contractor 
for failure to complete the project within the specified time limit be 
waived, A letter was presented from the Public Roads Administration 
concurring therein. The Commission approved the recommendation unan- 
imously. 


E. C. Hall Company, contract No, 2204, for grading, surfacing 
and oiling the Warren Creek Section of the Columbia River Highway, in 
Hood River County, requested an extension of time from July 31 to 
September 21, 1940, within which to complete this job, They alleged 
that their failure to complete the project within the specified time 
limit was due to the fact that they were required to postpone con- 
struction of guard fence until oiling work had been completed in order 
to eliminate any possibility of oiling operations discoloring the 
white guard rail. The Engineer advised that bids were taken for this 
project on July 27, 1939, but the contract was not awarded until Sep- 
tember 9, 1939, at which time the date of completion was changed to 
July 31, 1940, due to delay in the award, The contractor did not 
commence construction operations until October 2, 1939, and the work 
was not completed until September 21, 1940. It was his thought that 
the contractor should have had no difficulty in completing the job 
within the specified time limit and accordingly recommended that the 
extension of time requested be granted but that the contractor be re- 
quired to reimburse the state for expense incurred for engineering 
supervision subsequent to July 31, 1940, A letter was presented from 
the Public Roads Administration concurring therein, The Commission 
avproved the recommendation. 


George F. Anderson, contract No. 2235, for construction of a 
bridge over the Necanicum River on the Oregon Coast Highway, in Clat- 
sop County, requested an additional extension of time from August 31 
to November 22, 1940, within which to complete this job. He alleged 
that the extension is necessary because of extra work involved in 
cleaning up the premises to the satisfaction of the adjacent property 
owners. The Engineer advised that he knows of no reason why this 


lows: 


Necanicum River at Black Bridge south of Seaside on the 
Oregon Coast Highway, in Clatsop County. Completed Novem- 
ber 22, 1940. 


Contract No. 2306, with Berke Fros., for grading and 
paving the Cottage Grove Section of the Pacific Highway, 
in Lane County, Completed November 15, 1940. 


Contract lo, 2303, with Edwin C. Gerber, for 11.51 
miles surfacing and 12.02 miles bituminous macadam wear- 
ing surface on the Pendleton-Adans Section of the Oregon- 
Washington Highway, in Umatilla Cowity. Completed Novem- 
ber 20, 1940. 


Contract No. 2373, with Rogers Construction Company, 
for furnishing crushed rock in stock piles on the liosier- 
Seufert Section of the Columbia River Highway, in Wasco 
County. Completed December 19, 1940. 


THEREFORE, BE IT RESOLVED, that the work covered by said 
state highway contracts for the construction of said state highway 
projects be declared completed according to the terms of the re- 
spective contracts, and said jobs are hereby accepted and final 
payment in connection with each.is hereby authorized, 


The Commission considered and signed agreements, et cetera, as fol- 


Basement with United States of America covering siphon construc- 
tion on the Boardman-Stanfield Section, 


Agreement with S.P,& S. Railway Company providing for installa- 
tion of a highway drainage culvert across railroad property near 
Scappoose. 


Extension rider agreement with the 0.'/.R.& WU. Company renewing 
lease of stock pile site on Union Pacific Railway Company property 
at Albina, in Portland. 


Agreement with Pacific Power and Light Company providing for 
the lighting of the scale house at Biggs. 


Agreement with the Southern Pacific Company covering construc- 
tion of the railroad grade elimination structure on the 82nd Street 
Highway near the town of Clackamas, Clackamas County. 


Bargain and sale deed conveying unto Lars. P. Peterson and wife 
a portion of Block 18, Nasburg's Addition to Marshfield, and a portion 


crvsher. He recommended in view of the circunstances that the ex- 
tension of time now requested be granted subject to the condition 
that Mr. Gerber be charged with the extra engineering expense in- 
curred hy the state subsequent to the specified date of completion. 
A letter was presented from the Public Roads Adainistration concur- 
ring therein, The Commission approved the recommendation. | 


R. I. Stuart & Sons, contract No. 2364, for furnishing crushed 
rock in stock piles for the Gold Hill Section of the Pacific Highway | 
and Sams Valley Secondary Highway, in Jackson County, requested an | 
extension of time of 30 days, from January 31 to March 2, 1941, with- 
in which to complete this job. They attributed their failure to com- 
plete tie project within the specified time limit to excessive amount 
of dirt and sand in their gravel pit requiring the handling of much 
more material than would have been necessary otherwise. The Engineer 
stated that the vit used by the contractor had been used before and 
that the contractor should have known what to anticipate; therefore, 
in nis estimation, the excuse given by the contractor for failure to 
complete tne job on time is not a valid one, He recommended, in view 
thereof, that the extension of time requested be granted, subject to 
the condition that the contractor reimburse the state for extra en- 
eineering expense incurred subsequent to the specified completion 
date, The Commission approved the recomnendation, 


The Engineer reported that Contracts Nos, 2098, 2204, 2235, 2306, 
2308, and 2373, for the construction of state highway projects have been com- 
pleted according to the requirements of the contracts or modifications there- 
of, and that said jobs are now ready for acceptance, The following resolution 
accepting the above projects was offered and was adopted by the unanimous vote 
of the Commission: 


WHEREAS, the Engineer has reported that the following 
State Highway Commission contracts for the construction of state 
highway oro jects have been completed according to the terms and 
provisions of the contracts and that said jobs are now ready for 
acceptance: 


Contract No. 2098, with A, C. Greenwood Company, 
Inc,, for grading the Arch Cape—Beach Creek Section of 
the Oregon Coast Highway, in Clatsop and Tillamook Coun- 
ties. Completed September 21, 1940. 


Contract No. 2204, with E. C. Hall Company, for grad- 
ing, surfacing, oiling and bridge construction on the War- 
ren Creek Section of the Columbia River Highway, in Hood 
River County, Completed September 21, 1940. 


Contract No, 2235, with George F. Anderson for con- 
struction of a bridge and roadway approaches over the 
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Portland, Oregon, February 27, 1941 


The State Highway Commission met in regular session at 9:00 a. me 
in the auditorium of the Public Service Building. Present were: 


Henry F, Cabell, Chairman 

Huron W. Clough, Commissioner 

Herman Oliver, Commissioner 

R. H. Baldock, State Highway Engineer 
J. 1, Devers, Attorney 

H. B, Glaisyer, Secretary 


Bids as follows for highway construction projects and for the sale 
of a building were openéd and read in conformance with previously published 
notice, following which Chairman Cabell] announced that the awards would be 
made at 3:00 p. m. in the same room: 


COLUMBIA RIVER HIGHWAY 
ST. HELENS SECTION — GRADING AiD PAVING 


Roy L. Houck $17,188.50 
United Contracting Co. 26; 459.50 
Babler Bros, 27,905.00 
Porter W, Yett E 28,574.00 


MADRAS—PRINEVILLE SECONDARY HIGHWAY 
LYTLE CREEK-OCHOCO CREEK SECTION — GRADING A'D ROADSED TOPPING 


Berke Bros. $37,083.50 
Roy L. Houck 37,507.50 
Norris Bros. 37,851.00 
Leonard & Slate 385,229.00 
E, Le Rigdon 38; 428,00 
Me Le O® Neil & Son 38,517.00 
E. C, Hall Co. © 43,830.50 
Vernon Bros, Cog ~ ; 43,848.00 
A. C, Greenwood Co,, Inc. . 455624,50 
Frank Penepacker 453,870.50 
C. H, Grimstad and T, Vanderveldt 46,064.00 


COLUMBIA RIVER HIGHWAY 
RAMSAY-BLALOCK SECTION ~ GRADING, SURFACING AND BRIDGE 


Leonard & Slate $85,031.00 
Roy L, Houck 98; 461.00 
E. C, Hall Co, 128;544.00 
4, C, Greenwood Co,, Inc. 138,824.00 


410122 


of Block 3 of Plat "H" Additior to Marshfield, Right of way | 
file No. 3058, 


Bargain and sale deed conveying unto Freeman Youmans and wife 
0.29 acre of land situate in the northwest quarter (NW) of the 
southwest quarter (Sw3) of Section 4, Township 2 South, Range 2 
East, W.M., Clackanas County. Right of way file No. 8244. 


Pargain and sale deed conveying unto Gardner Mill Company, for 
the consiaeration of $59.16, 0.51 acre of land in the tow of Gard- 
ner, Douglas County, heretofore used as a temporary shoofly detour 
in connection with the construction of the approach to the Umpqua 
River Bridge. Right of way file No. 1243. ; 


Bargain and sale deed conveying unto the Brookings Land and 
Townsite Company 2,422 square feet of land situate in Lot 3, Block 
4, town of Brookings, Curry County. Right of way file No, 7700, 


Quitelaim deed conveying unto Frank Heck and wife a portion of 
the abandoned Pacific Highway in the town of Cottage Grove, Lane 
County. Raght of way file No. 5697. 


Bargain and sale deed conveying unto Nathan Cole and wife 0.16 
acre of land situate in the northeast quarter (NE3) of the northwest | 
quarter (Wi) of Section 14, Township 4 South, Range 1 West, W. M., 
darion County. Right of way files Nos. 3208 and 3209. 


Bargain and sale deed conveying unto Virgil T. Golden and wife 
21,260 square feet of land situate in Lot 33 of Smith Fruit Farms 
No. 2, Marion County. Consideration $950.00. Right of way file 
No. 5785. 


The meeting adjourned at 5:15 p. m. 
tate Highway Engineer _ Chairman 


v MreOean<e)s= ptr A A Yer 4. 
Secretary Commissioner 
bo SON ALD 


Commissioner 
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Mr. F. Wahley Watson, Secretary of the State Mining Board, was pres- 
ent in regard to the rerouting of the Baker-Homestead Highway from the town 
of Halfway to Homestead. He was informed that the Commission has not as yet 
made its decision in regard to this matter but expects to do so later in the 
meeting. 


Following the departure of Mr. Watson the Commission reconsidered 
the matter and decided as follows: The Highway Commission will reroute the 
Baker-Homestead Primary State Highway from the foot of Timber Canyon Grade to 
Homestead, via Robinette and Brownlee; and will retain on the primary state 
highway system the section of the present Baker-Homestead Highway from the 
foot of Timber Canyon Grade to the tow of Halfway. The Highway Commission 
will also designate as a state secondary highway, upon receipt of appropriate 
resolution from the Baker County Court, a section of the Pine Valley Road, 
approximately three miles in length, which extends easterly from Halfway 
toward Homestead; and will designate as a state secondary highway, upon 
receipt of appropriate resolution from the Baker County Court, the county 
road which extends from the town of Halfway to the town of Cornucopia. The 
above arrangement is contingent upon the willingness of Baker County to ac- 
cept and assume future jurisdiction of the section of the Pine Valley Road 
between Halfway and Homestead, beyond the three-mile section which the High- 
way Commission is willing to place on the state secondary highway system. A 
letter directed to the Baker County Court, outlining the above arrangements, 
was signed by the Commission the following day. 


ele Vice Saint > ket A nord eet = 


Mr. Don Peoples, Secretary of the Bend Chamber of Commerce, was 
present and discussed briefly with the Comnission matters pertaining to the 
proposed military strategic highway system. He particularly inquired whether 
or not the Warm Springs Highway between Madras and the Wapinitia Highway 
Junction would be included in such system. He was informed that, the final 
designation of roads for this system will be decided by the United States War 
Department. 


Mr. Peoples also inquired as to the plans of the Commission for the 
reconstruction of The Dalles-California Highway between Madras and Terrebonne 
and was informed that the Commission has not as yet made a definite commit- 
ment to this project. 


The Engineer reported on the number of automobiles that are owned 
by the State Highway Department. He submitted a list of the same together 
with the names of the department employees to whom they have been assigned. 
Action on this matter was deferred by the Commission pending study of the 
list. 


The Engineer reported receipt of information to the effect that ex- 
tensive log-hauling operations are to be commenced shortly on the Fremont 
Highway between Paisley and Lakeview. He requested instructions in view of 
the fact that this road is light-type construction and probably will be se- 
verely damaged if subjected to log-hauling traffic. After discussion the 
Commission authorized the Engineer to post this road for a reduced load limit 
if he finds that necessary when log hauling operations get under way. 


COLUMBIA RIVER HIGHWAY 
QUINTON-RAMSEY SECTION - GRADING, SURFACING AND WIDENING BRIDGE 


Leonard & Slate . $73,972.50 
Roy L. Houck 93,417.00 
E. C. Hall Co. 99,319.00 
A. C. Greenwood Co., Inc. 112,729.10 


KLAMATH FALLS-MALIN HIGHWAY 
HENLEY SECTION — GRADING, SURFACING AND OILING 


Clifford A. Dunn $19,307.50 


OREGON COAST HIGHWAY 
SOUTH NEWPORT SECTION - ROADSIDE IMPROVEMENT 


Edward F. Altree $4,354.00 
E. L. Gates 45 747.50 
Leonard & Slate 5,124.00 
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M. E. Meyers & Son 5,200.00 
is A. Milne 5,511.00 
4 Blair T. Alderman 7,009.00 
COLUMBIA RIVER HIGHWAY 
TUNNEL POINT-ROOSTER ROCK SECTION - GRADING AND TOPPING 
General Construction Co, $338, 755.00 
K. L. Goulter & Puget Sound Bridge & Dredging Co. 376,945.00 


WILSON RIVER HIGHWAY 
TONALDSON CREEK-MILLS BRIDGE & McNAMWARS CAMP-WASHBURN SECTIONS 
SURFACING AND OILING 


Using Asphalt Us Tar 
Roy L. Houck --- $112,510.00 


Babler Bros. -=-- 113,285.00 
R. O. Dail & Warren Bros. $118,390.60 117,889.20 
BE. C. Hall Co. --- 118,957.50 
Norris Bros. --- 121,081.90 
Rogers Construction Co. 125,432.00 - & = 
Homer G. Johnson --- 130,676.00 
A. Milne a 131, 204.50 


SALE OF BUILDING IN HUBBARD 
BUILDING NO. 3198 (Former owner Bertha Heisig) 


Carl R. Beeson $12.50 


engineers to outline a program for drainage and oiling of the city streets. 
He reported also a similar request from County Judge J. H. Allen of Grant 
County for the loan of the services of an engineer to perform part-time en- 
gineering work for Grant County. He advised that there is a shortage of 
engineers at the present time because the army is calling so many of them in 
the draft, and he did not believe that he could spare anyone to do this work. 
In view of the circwnstances he recommended that the requests be denied, The 
Commission approved the recommendation. 


In this connection the Engineer brought up for discussion the ques~ 
tion whether or not to continue the arrangement with Tillamook County for 
furnishing a locating engineer to have charge of a location survey 01 a coun- 
ty road in northern Tillamook County, known as the Ridge Route. He said that 
the Highway Department has been carrying this locating engineer on its pay 
roll for the last year and one half although the county has been paying the 
salaries of the rest of the crew and the other expenses. He recommended ter- 
mination of this arrangement, it appearing to him that the Commission has 
fulfilled any obligation it might have had to the county. The Commission ap- 
proved the recommendation, effective April 1, 1941. 


The Attorney reported receipt of a complaint from Mr. Frazier, Con- 
stable, Newport, who alleges that motorists drive through Newport at wild and 
excessive speeds and asks that the State Highway Commission do something to 
remedy the situation before serious accidents occur. He suggests the paint- 
ing of traffic lines across the highway at two intersections and the instal- 
lation of a traffic control signal on the highway at its intersection with 
Sixth Street. The matter was referred to the Engineer for investigation and 
report. 


The Attorney also reported on the hearing recently held by Mr. 
Ormond R. Bean, Public Utilities Commissioner, with respect to the petition 
made by the Oregon Electric Railroad and the United Railroad to the Inter- 
state Commerce Comaission for permission to abandon certain car tracks and 
certain service along Front Avenue, Portland. He advised that he has every 
reason to believe that this matter will be adjusted satisfactorily in the not 
distant future and suggested an early conference with officials concerned 
which would probably enable the Commission to reach a decision at its next 
meeting whether or not to award the contract for the revision of the Hawthome 
Avenue bridge, bids for which were taken on December 18, 1940; and whether or 
not to advertise for bids for additional work in connection with the Front 
Avenue project. The Commission approved the suggestion but deferrec the set- 
ting of a date for such conference until later. 


The Attorney discussed with the Comission the advisability of en- 
ploying additional right of way men in order to expedite right of way purchas- 
es and to clear projects from the right of way standpoint so as to avoid un- 
necessary delays in advertising projects for bids. He advised that at present 
all of his right of way men are busily engaged on special assignments and 
there are a number of projects that have not as yet been assigned because he 
has no one to assign them to, and unless he can employ additional men to do 
this work the probabilities are that the projects cannot be advertised for 
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In this connection the Commission confirmed the authority previously 
given the Engineer to post any state highway for a reduced load limit at any 
time if in his opinion such posting is required in order to preserve the road 
surface. However, he was instructed to notify the Commission of such posting 
at the first meeting of the Commission after the reduced load limit signs have 
been placed, when the Commission will confirm the action by appropriate reso- 
lution. 


The Engineer reported briefly on the cost to grade and surface the 
Beech Creek Section of the Pendleton-John Day Highway, in Grant County. He 
advised that this section is four miles in length and that the survey for the 
same has already been made by the Public Roads Administration for improvement 
as a forest highway project although the quantities have never been computed 
or an estimate prepared. The Public Roads Administration, he said, roughly 
estimates that the work will cost about $60,000 per mile or a total of $240,000, 
After discussion the Engineer was instructed to secure from the Public Roads 
Administration an accurate estimate of the cost to do this work, 


The Secretary presented a letter from contractor Roy L. Houck, which 
letter is dated February 27, 1941, 10:30 a. m., and concerns his bid submitted 
this day for grading and paving the St. Helens Section of the Colwnbia River 
Hichway, in Columbia County. lr. Houck alleges that he made a mistake in bid- 
ding Item No. 4, 6,000 cu. yds. general excavation, unclassified, his bid be- 
ing 14¢ per cu. yd. whereas it should have been 51¢ per cu. yd,, and in view 
thereof he asks the privilege of withdrawing his bid. The Attorney advised 
that Mr. Houck is strictly within his legal rights in withdrawing his bid, 
inassuch as the bid has not as yet been accepted by the State Highway Commis- 
sion, provided, however, that he prove conclusively that he made a mistake in 
submitting his bid for this particular item, After considerable discussion 
of this matter the Commission decided to award the contract to lir. Houck not- 
withstanding his request. The Attorney was instructed to search the statutes 
and submit to the Commission his legal opinion in regard to Mr. Houck's rights, 
taking into consideration not only the legality of the procedure but also the 
effect that approval of Mr. Houck's request would have on the Commission from 
the general public standpoint. 


A delegation was present from the city of Ontario. Mayor Elmo E. 
Smith headed the group which also included City Councilman Thomas T. Ennor 
and City Engineer C. Frank Trow. They asked the Commission to reroute the 
Old Oregon Trail along First Street, which is one block west of the present 
location on Oregon Street, from Fourth Avenue to the north city limits, The 
matter was referred by the Commission to the Engineer for investigation and 
report at the next meeting. 


Mayor Smith also asked the Commission to improve some of their city 
streets. He said that, if the State Highway Department would do this work 
for the city, the city would submit a certified check in advance to pay the 
cost. The Commission referred this matter also to the Engineer for investi- 
gation and report. 


The Engineer reported receipt of a letter from F. P. Ryan, City 
Recorder, Ontario, requesting the services of one of the Highway Department's 
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The Secretary presented a letter from S. E, Anzalone, Hubbard, Ore- 
gon, and a resolution from the Washington County Farmers Union and the Legis- 
lative Committee of Pomona Grange, Washington County, urging the reconstruc- 
tion of the Tualatin Valley Highway for four lanes of traffic between the 
Yultnomah County line and the Yamhill County line. The Commission found it 
necessary to deny the request due to lack of funds with which to finance the 
work. However, Chairman Cabell expressed himself as being favorable to the 
building of a four-lane pavement between Sylvan and West Slope, which in his 
estimation is the most important section, when the Commission is financially 
able to do it. 


The Commission adjourned at 12:00 noon and reconvened at 2:00 p. m. 
in the same room with the sane persons present and participating. 


A delegation from Estacada and Sandy, consisting of B. Schoenberg; 
S. C. Wooster, slayor of Estacada; Charles Sharnke, Mayor of Sandy; George 
Anderson, President, Sandy Chamber of Commerce; and Bob Smith, Sandy, came 
before the Commission and asked for the following improvements: (1) straight- 
ening and surfacing of the Woodburn-Sandy Secondary Highway "lo. 161 between 
Eagle Creek and Sandy, a distance of about six miles; (2) reconstruction of 
the uncompleted sectien of the Woodburn-Sandy Secondary Highway between Esta- 
cada and Springwater, a distance of about three miles. Mr. Schoenberg headed 
the group. Ye presented petitions signed by numerous residents and property 
owners of Clackamas County urging these improvements. They were informed 
that the Commission is not in position today to make any definite commitment 
to the projects but will be pleased to inspect them again and will let them 
know as soon as possible what can be expected. 


Mr. Theodore Jensen, Portland, representing Mrs. A. Caswell, also 
of Portland, appeared before the Commission in regard to the settlement for 
right of way through Mrs. Caswell's property near Tigard. Mr. Jensen stated 
that Mrs. Caswell owms a five-acre tract at the northwest corner of the Metz- 
ger Road and Capitol Highway intersection and that the state is taking 0.77 
acre of this property for right of way and has offered to pay for the same 
the sum of $1,250, which amount Mrs. Caswell feels is far less than the prop- 
erty is worth; further, that lirs. Caswell is of the opinion that she is en- 
titled to $2,250, although she has stated a willingness to accept the sun of 
$1,750 as a compromise settlement. Since making this compromise offer, he 
added, the state's representative has offered to pay Mrs. Caswell the sum of 
$1,500, which she has refused. The Commission's Attorney advised that he has 
had the property appraised by three different appraisers all of whom have set 
a value of $1,750 for the property. After discussion the matter was referred 
by the Commission to Vhairman Cabell with full power to act. He was author- 
ized to pay a maximum of $1,750 for the property if he thinks it is worth 
such amount after inspection of the same. 


The County Court of Lincoln County, represented by County Judge 
F. E. Gilkey and County Commissioners E. G. Calkins and J. C. Sarclay, was 
present ard discussed with the Commission Lincoln County's indebtedness to 
the state for road building purposes, amounting to $15,500. Judge Gilkey 
asked the Commission to approve a compromise settlement of this account if 


bids as planned. After discussion the Commission authorized the Attorney to 
employ two additional right of way men on a temporary basis and instructed 
him to transfer Mr. Mark McCallister, who has been carrying on negotiations 
for the right of way for the Front Avenue Project in Portland, to Gold Beach 
in an endeavor to expedite the acquisition of right of way that is needed for 
the revision of the Oregon Coast Highway at that place. 


Mr. Paul B. Rynning, County Engineer, Jackson County, appeared be- 
fore the Comaission in behalf of the Jackson County Court and requested the 
following improvements: (1) Nonskidding of the Pacific Highway between the 
Josephine County line and Central Point, particularly the first four miles 
south of Gold 111: (2) removal of excessive curvature from the Crater Lake 
Highway between Trail and LicLeod Bridge, a distance of about seven miles. The 
Engineer was instructed to investigate both of these projects and to report 
to the Commission at its next meeting how much it will cost to do the work 
involved. 


The Comnission discussed a letter from J. Arthur Berg, Coquille, 
Attorney for Strong and McDonald, a Washington corporation, which has a con- 
tract with the federal government for the improvement of the jetty at Bandon. 
Mr. Berg advises that the contractor intends to secure rock from a government- 
owned quarry at Bandon, which quarry joins a state-owmed quarry, and would 
like to obtain rock from the state's quarry as well as from the other, How- 
ever, investigation of the records shows that the state does not have clear 
title to the same and that it is being claimed by Coos County as the result 
of a tax foreclosure proceeding in 1935. Mr. Berg further states that his 
clients are very anxious to start work and would like authority to enter the 
state's quarry at once, pending settlement of the question of owmmership. The 
Attorney advised that the delinquent taxes on this property amount to $64.17 
and that Coos County is willing to quitclaim any interest that it has in the 
area if the state will pay the taxes. The Commission authorized the payment 
of the taxes in such amount under the condition that the county will give the 
state a deed to the area. 


In this connection the question arose how much to charge the jetty 
contractor for rock taken from this quarry. After discussion it was agreed 
to charge the contractor at the rate of $0.05 per ton for the same, using as a 
basis of measurement the actual tonnage determined by the army engineers. The 
Commission ordered the matter covered by appropriate written agreement. 


The Engineer reported briefly on the conference held in the office 
of Captain Robert C. Willians, Quartermaster Corps, at Hermiston, on Wednesday, 
February 19, and Thursday, February 20, 1941, for a discussion of matters per- 
taining to the construction of access roads to the Umatilla Ordnance Depot 
which is situate about five miles west of Hermiston, (See report of H. W. 
Libby, Chief Locating Engineer, dated February 24, 1941.) It appears from - 
the report, amng other things, that a road connection is desired between the 
Ordnance Depot and the Stanfield-Boardman Highway near the Morrow-Umatilla 
County line, which roadway involves the construction of a railroad grade sep- 
aration structure over the 0.W.R.& N. Company's tracks. After discussion of 
this entire matter the Commission authorized the Engineer to make a vicinity 
survey of the project. 
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"Henley Section of the Klamath Falls-Malin Highway, in Klamath 
County. 0.55 mile grading, surfacing and road mix oiling. Only one 
bid was received for this project, it being that of Clifford A. Dunn, 
Klamath Falls, at $19,307.50. The Commission awards this contract 
to Clifford A. “unn at his bid of $19,307.50. 


"South Newport Section of the Oregon Coast Highway, in Lincoln 
County. 0.58 mile roadside improvement, Six bids were received for 
this project, the low one being that of Edward F. Altree, Agate 
Beach, at $4,354.00, and the second-low being that of E. L. Gates, 
Trail, at $4,747.5C. The Commission awards this contract to Edward 
F. Altree at his iow bid of $4,354.00. 


"Tunnel Point-Rooster Rock Section of the Colunbia River High- 
way, in Multnomah County. 1.7 miles grading and roadbed topping. 
Only two bids were received for this project, the low one being that 
of General Construction Company, Seattle, Wash., at $338,755.00, and 
the other being that of K. L. Goulter and Puget Sound Bridge & Dredg- 
ing Company, Portland, at $376,945.00. The Comaission awards this 
contract to the General Construction Company at its low bid of 
$338,755.00. 


"Donaldson Creek-lfills Bridge and licNamars Camp-Washburn Sec- 
tions of the Wilson River Highway, in Tillamook and Washington Coun- 
ties. 14.21 miles surfacing and 15.22 miles oiling. Roy L. Houck, 
Salem, submitted the low bid for this project, based on the use of 
tar, at $112,510.00. He did not submit a bid based on the use of 
asphalt, The second-low bid was submitted by Babler Bros., Portland, 
at $113,285.00, based on the use of tar, They also did not submit a 
bid based on the use of asphalt. There were six higher bidders. 

The Commission has referred all bids received for this project to 
the Engineer with power to award the contract to the low bidder when 
certain conditions have been satisfied." 


Sale of Building: 


"Sale of residence building, No. 3198, formerly owned by Bertha 
Heisig, at Hubbard. Only one bid was received for the purchase of 
this building being that of Carl R. Beeson, Hubbard, at $12.50. The 
Commission considers the bid of Mr. Beeson satisfactory and accord- 
ingly the building is sold to him at his bid price." 


A delegation from Nyssa, headed by Mr. Frank Morgan, Secretary of 
the Nyssa Commercial Club, came before the Commission and requested the imn- 
provement of Main Street, Nyssa, (state highway route) from the railroad 
underpass to their school, a distance of five blocks. Others in the delega- 
tion were: L. Thompson, Jim Olson, Mayor; Fred Burgerson, representing the 
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the Commission could not see its way clear to cancel it outright. He was in- 
formed by Chairman Cabell that the Commission could not cancel the claim in 
fairness to other counties with whom the Commission has reached satisfactory 
settlements. However, the Commission will be pleased to receive a compromise 
offer from the county. He inquired whether or not the county court has any 
proposition to make with respect thereto. Judge Gilkey replied that the coun~ 
ty is willing to pay the state $7,500 to clean up this account if the Commis- 
sion will spend this money for the improvement ef the Siletz Secondary State 
Highway between the tows of Kernville and Siletz and will contribute at least 
an equal amount of other state funds in conjunction therewith, making a proj- 
ect costing $15,000. The Commission took the matter under advisement and ad- 
vised that the county would be given an answer after the next meeting of the 
Commission. 


At 3:00 p.m. Chairman Cabell announced the following awards of con- 
tracts and sale of building, bids for which were taken at the morning session, 
such awards having been previously approved by the Comnission by unanimous 
vote: 


"St. Helens Section of the Columbia River Highway, in Columbia 
County. 0.52 mile grading and 0.64 mile paving. Roy L. Houck, Salem, 
submitted the low bid for this project in the amount of $17,188.50. 
The United Contracting Company, Portland, submitted the second-low 
bid in the amount of $26,459.50. There were two higher bids. The 
Commission awards this contract to Roy L. Houck at his low bid of 
$17,188.50. 


"Lytle Creek-Ochoco Creek Section of the Madras-Prineville 
Secondary Highway, in Crook County. 2.24 miles grading and 4.05 miles 
roadbed topping, Eleven bids were received for this project, the lor 
one being that of Berke Bros., Portland, at $37,083.50, and the sec- 
ond-low bid being that of Roy L. Houck, Salem, at $37,507.50. The 
Comission refers all bids received for this project to the Engineer 
with power to award the contract to the low bidder when certain con- 
ditions have been satisfied. 


"Ramsay-Blalock Section of the Columbia River Highway, in Gil- 
liam County. 3.06 miles grading and bituminous macadam surfacing; 
also construction of a reinforced concrete bridge. The low bid for 
this project was submitted by Leonard & Slate, Multnomah, at 
$85,031.00. The second-low bid was submitted by Roy L. Houck, Salem, 
at $98,461.00 There were two higher bidders. The Comnission awards 
this contract to Leonard & Slate at their low bid of $85,031.00. 


"Quinton-Ramsay Section of the Columbia River Highway, in Gil- 
liam County. 2.24 miles grading and bituminous macadam suxfacing, 
also widening of a concrete bridge. Leonard & Slate, Multnomah, 
submitted the low bid for this project at $73,972.50. Roy L. Houck, 
Salem, submitted the second low bid in the amount of $93,417.00. 
There were two higher bidders. The Commission awards this contract 
to Leonard & Slate at their low bid of $73,972.50. 
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Fred Gardiner, President of the Fotest Grove Chamber of Commerce, W. E. Wood- 
ford, J. A. Thornberg, and Loyal M. Graham, all of Forest Grove; J. W. Barney, 
City Manager of Hillsboro; and Mr. McMahan, came before the Commission and 
urged the reconstruction of the Tualatin Valley Highway between Portland and 
Forest Grove for four lanes of traffic. Judge Kerkman headed the group. They 
alleged that this highway is the second-heaviest-traveled highway in the state 
and particularly urged the Commission to construct a highway of such width 
this year between Portland and Beaverton. 


Chairman Cabell advised that heavy travel on this road is accounted 
for by the opening to public use of the Wolf Creek Highway west of Sunset 
Camp, and gave as his thought that this would be greatly reduced when the 
Wolf Creek Highway is completed into Portland, which he predicted would be in 
the not distant future. He also advised that pressure is being brought on 
the Commission to construct the section of the Wilson River Highway between 
Glenwood and Banks, which would also have a tendency to relieve the traffic 
on the Tualatin Valley Highway. He pointed out that the Tualatin Valley High- 
way closely parallels the Wolf Creek Highway at the eastern end and in the 
opinion of the Commission it is not good business to build to high standards 
two such highways that are in such close proximity to each other. The Com 
mission has made no commitment, he said, relative to the construction of the 
Glenwood~Banks cutoff but is waiting to see what effect the completion of the 
Wolf Creek Highway into Portland will have on the volume of traffic that uses 
the Tualatin Valley Highway. 


Judge Kerknan repeated their request for a four-lane highway be- 
tween Portland and Beaverton this year and was informed by Chairman Cabell 
that the Commission will bear the project in mind but is not in position to 
make any definite statement or promise in regard thereto at this time. 


Judge Kerkman also asked the Commission to improve another section 
of the Cornelius Pass county road as a federal aid secondary hiriuway project. 
He advised that Washington County will grade and surface the section if the 
state will oil it. It was pointed out to him that the Commission has already 
completed two contracts on this road; also that federal aid secondary highway 
funds available to the Commission are very limited, being insufficient to dis- 
tribute to all of the counties in any one year, so the Commission has made a 
practice to allocate these funds to certain counties in one year and to other 
counties the next year, and in view thereof the prospect for applying any of 
the current year's funds to the Cornelius Pass road is not very promising. 


Commissioner Hughes asked the Comnission for cooperation in con- 
structing a short section of a road connecting the new Pacific Highway with 
the old highway at Sherwood. He said that the new highway intersects the old 
highway near the Votaw Undercrossing of the Southern Pacific Railroad where 
the old highway is in a deep cut and sight distance is very limited, intro- 
ducing a serious traffic hazard. The people of Sherwood, he said, have asked 
for a new connection about 500 feet long, which would eliminate this hazard, 
and the county court has agreed to build this connection, including the grad- 
ing, surfacing and oiling of the same, if the state will purchase the right 
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Amalgamated Sugar Company; Herschel Thompson, Councilman; and L. P. Thomas, 
Editor of the local newspaper. They particularly requested construction of 
curbs on both sides of the street, paving full width between curbs, and in- 
stallation of a storm sewer, The Commission referred this matter to the En- 
gineer for investigation and report at the next meeting. 


Mr, Morgan also asked for replacement of the old bridge across the 
Snake River just east of Nyssa. He said that the existing bridge is an old 
two-lane structure built in 1911 and is entirely inadequate for present day 
use. The Commission took no action on the matter. 


The Commission was also asked to rebuild and oil the secondary 
state highway which extends south and east from Adrian to the Idaho state 
line opposite Homedale, a distance of about ten miles. Mr. Morgan said that 
this is a heavily-traveled road and is badly in need of improvement; further, 
that the Idaho section of the road is now paved up to the state line. The 
matter was referred by the Commission to the Engineer for investigation and 
report. 


Mr. Charles R. Cooley and his attorney, Mr. Porter J. Neff, Medford, 
conferred with the Commission in regard to settlement for right of way needed 
for a revision of the Pacific flighway across Mr. Codley's land adjacent to the 
Rogue River between Grants Pass and Medford, Mr. Neff stated that the state 
took a strip 25 feet wide across the front of Mr. Cooley's property, and when 
negotiations were under way for the purchase of the same Mr. Cooley was given 
to understand that the grade of the new highway would be only 24 feet higher 
than the old road and that the highway improvement would not necessitate the 
destroying of nine trees, so under such supposition Mr. Cooley executed a 
deed conveying the property to the state. However, when the highway was built, 
it was found that the grade line was six feet above the natural ground sur- 
face, which eliminated the use of Mr. Cooley's property for business purposes, 
and that the trees had been cut. Mr. Cooley, he said, feels that his proper- 
ty has been greatly depreciated by reason thereof, and is now asking addition- 
al compensation for his loss, 


The Assistant Attorney confirmed the statement made by Mr. Neff as 
to the grade of the highway and removal of the trees. He also advised that 
the price originally agreed upon for the land was $119, and that Mr. Cooley 
is now asking an additional sum of $1,000 as damages. Chairman Cabell advised 
that the Commission is reluctant to reopen settlements when they have once 
been concluded, although it does so occasionally when it is convinced that an 
honest mistake has been made, Attorney Devers gave as his opinion that an 
honest mistake was made in this instance, After further discussion Commis- 
sioner Clough recommended the reopening of this settlement. Commissioner 
Oliver concurred, as did also Chairman Cabell, making the decision unanimous. 
The Attorney was thereupon instructed by the Commission to negotiate a new 
settlement with Mr. Cooley disregarding entirely the original settlement. 


A delegation from Washington County, consisting of members of the 
County Court, Judge H. D. Kerkman and Commissioners James Lewis and J. W. 
Hughes; Charles 0, Roe, Secretary of the Forest Grove Chamber of Commerce; 
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Mr. Lynch also discussed with the Commission the advisability of 
reallocating the forest highway funds heretofore budgeted for the improve- 
ment of the Oregon Coast Highway south of Port Orford but no definite action 
was taken thereon, 


Mr. lynch also brought up for discussion the allocation of federal 
lands highway funds apportioned to the State of Oregon, Aiter discussion 
the Commission by unanimous vote approved and signed with Mr. Lynch the fol- 
lowing letters directed to the Commissioner of Public Roads, Washington, D.C., 
with respect to such funds: 


An Act approved June 8, 1938, described as “An Act to amend 
the Federal Aid Act approved July 11, 1916, as amended and supple- 
mented and for other purposes," authorizes that funds be made avail- 
able for the survey, construction, reconstruction and maintenance 
of main roads through unappropriated or unreserved public lands, 
non-taxable Indian lands, and other Federal reservations other than 
Forest reservations. a; 


The apportionnent to the State of Oregon of $60,542 for the 
fiscal year 1940 was recommended on May 17, 1939, for allocation 
to Oregon Federal Lands Highway Project FLH 3-G(1). This was 
approved on June 3, 1939. 


‘The final voucher on FLY 3-C(1) has now been paid in the 
amount of $54,041.00, leaving a balance of $6,501.00. We recom 
merd that this balance be now applied to Oregon Federal Lands 
Highway Projects Nos. SN-FLH 3-A(2), B(2), C(2), F(2) and G(2), 
and the revised allocation of 1940 funds is as follows: 


FLH 3-G(1), Owyhee River-Tudor Ranch Section of the I.0.N. 
Highway, in Malheur County. Extends from the end of construction 
1,500 ft. west of the crossing of the Owyhee River, South and West 
to the North end of Project FLH 3-F(1), near the Tudor Ranch. Work 
to be done consists of grading and topping, of which 9.6 miles are 
on public land, Estimated cost is $133,000.00, of which $54,041.00 
is to come from 1940 FLH funds. 


SN-FLH 3-A(2), B(2), C(2), F(2) and G(2), Oregon-Nevada State 
Line-Owyhee River Section of the Idaho-Oregon-Nevada Highway, in 
Malheur County. Extends from the Oregon-Nevada State Line norther- 
ly to 1,000 ft. south of the Owyhee River Eridge. Work to be done 
consists of approximately 68 miles of surfacing and oiling. Esti- 
mated cost $150,211.60, of which $6,501.00 is to come from 1940 FLH 


$6,501.00 


$60,542.00 
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of way which is estimated to cost $650.00. The matter was refcrred to the En- 
gineer for investigation and report at the next meeting, 


A lir. Nyberg, who was present, suggested a revision in the alignment 
of the Southern Pacific Railway near Cook's Station, which he said would elim- 
inate five railroad grade crossings on county roads, The matter was referred 
by the Commission to the Lngincer for investigation, 


A delegation from Lane County, representing the Lorane Road Commit- 
tee, Was present and asked the Commission to oil the Territorial Secondary 
State Highway between Gillespie Corners and *he Douglas County Line, This 
delegation was headed by Thomas B, iiitchell and included Mrs. Marie Mitchell, 
H. S. Addison, and Mrs, Charles B, ifitchell, They stated that the road is 
breaking up badly due to the hauling of logs thereover from a new timbered 
area which has just been opened up west of the road and that logging opera- 
tions will be carried on in this district for many years, The Engineer ad- 
vised that the Commission has budgeted »20,000 for improvement of this high- 
way south of Monroe which is the section requested by the county court. After 
discussion the Commission instructed the Engineer to investigate this entire 
highway and report his findings to the end that the Commission will be in a 
position to decide definitely where the moneys budgeted for this highway 
should be spent, 


ir, Carl Curlee, Secretary of the Albany Chamber of Commerce, was 
present and requested permission to conduct a log rolling contest on Waverly 
Lake at Albany during the Fourth of July celebration that the Chamber of Com- 
merce is sponsoring at this place. He said that the celebration is to be a 
nonprofit affair, promoted and staged by the united civic clubs and business 
people of Albany. The Commission approved the request subject to the condi- 
tion that the Chamber of Commerce will repair any damage that might be done 
to the state's property, will clean up the premises to the satisfaction cf 
the “ngineer after the celebration is over, and will see that the highway is 
properly policed so that cars are not parked on the highway. The Commission 
ordered the matter covered by written agreement. 


Mir. W. He Lynch, District Engineer, Public Roads Administration, 
was present and reported that several bridges on the forest highway section 
of the Mt. Hood Highway, near Government Camp, are badly in need of replace- 
ment and that the highvay itself should be realigned to eliminate numerous 
sharp curves, He asked the Commission to join with the regional forester and 
himself in requesting authority from the officials in Washington, D. C. to 
make surveys as may be necessary with regard thereto, He explained that funds 
to finanee the surveys are available from a lump sum for surveys already ap- 
proved, After discussion the Commission approved iir. Lynch's request and 
thereupon signed with him the following letter directed to the Chief, Forest 
Service, and the Commissioner of Public Roads, Washington, D, C.: 


Authority is requested to make surveys looking to the recon- 
struction of several deficient bridges and the approach grading there- 
to on the Mt. Hood Highway, Oregon Forest Highway Route 25. 


Funds for this work are available from the Lump Fund Survey al- 
ready approved by the Secretary. 


A 


<7 f 13 
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Engineer of the Public Roads Administration, in conformity therewith. Sg 
; 
The Commission discussed projects for contracting at its next A 
regular meeting on April 3 and 4, 1941, and authorized the Engineer to 
advertise the following projects for bids to be received at that time, and Be 
to include in the advertisement other projects heretofore approved by the x 
Comaission for contracting if they have been cleared from the right of way - 
standpoint: i ° 
Clackamas Grade Separation, Bridge & Box Culvert....... 41 GS $ 30,000 : 
Taylor Creek Section (Ochoco), Grading....... iheene cose 41 FA 74,000 
Pendleton-Adams, Roadside Improvement .......... sesscee ALFA 9,000 > 
Dixie Summit Section, Grad., Surf. & Bit. Mac.......+.. 42 FA 169,000 : 
Long Creek-Fox, Grad., Surf. & Oil (2 Pridges)......... 42 FA 113,500 z 
Morrow Co. Line-Stanfield, 2 Bridges .......eeeeeeeeees 42 FA 8,CO0O : 
Warrenton Section, Grad. & PaVessssssseececceceeceececs 41 FAS 25,000 HS 
Ranger Bridge-Mist, Grad., Surf. and Bit. Mac.......... 42 FAS 82,000 Sa. 
Vandehey & Van Dyke Sections (Nehalem), Grad., Surf. 3 
& CLL i cccccccccamacccscecseceseecscessccesccecsccccs 42 FAS 29,000 ; 
Cow Hollow Cr.-Adrian Jct., Bridge, Gr., Surf. & Oil... 42 FAS 24,400 
Trout Creek Section (Hood River Hwy.), Gr., Surf.& Oil. 41 State 41,300 
West Fork of Dairy Creek (Wolf Cr.), Bridge.....o+see---41 State 5,000 & 
Yamhill River Bridge at Dayton, Reconstruction......... 41 State 22,600 = 
Interstate Bridge, Reconst. Exp. Jts. & Resurface...... 41 State 12,000 7a 
Seaside-Gearhart, Oiled Footpath......ssecocseccereeeee 41 State 8,200 ‘y 
$653,000 


In this connection the Engineer advised that the Dayton Bridge i 
over the Yamhill River, which consists of a 200-foot steel span and an F 
384 lin, ft. untreated frame trestle, is badly in need of repair, particu- } 
larly the timbered portion of the bridge. He estimated the cost of the re- set 
pairs at $22,650 and requested authority to advertise this project for bids = a 
to be received at the next meeting. The Commission approved the request. 2a 


The Engineer also requested an authorization for an expenditure of 
about $3,300 for improvements to the maintenance headquarters at Newport. He 
explained that the Comnission some time ago authorized construction of a 
building at this headquarters when it is needed; but the improvement proposed 
now is simply the preparation of the site and the grounds, including the 
fencing of the area and the installation of gasoline and kerosene pumps which 
can be used to good advantage by the construction and maintenance crews work- 


ing out of such place. The Commission approved the request. i 
ASE 

The Commission adjourned at 5:30 p. m. to reconvene the following + 

morning in the same room. BE 
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An Act approved June 8, 1938, described as "Aa Act to amend the 
Federal Aid Act approved July 11, 1916, as amended and supplemented 
and for other purposes", authorizes that funds be made available for 
the survey, construction, reconstruction and maintenance of main roads 
through unappropriated or unreserved public lands, non~taxable Indian 
Lands and other Federal reservations other than Forest reservations. 


The apportionment to the State of Oregon under the provisions of 
this Act for the 1942 fiscal year is in the amount of $96,839.00. 


In accordance with previous correspondence and commitments for 
the purnose of allocating $47,115.57 or approximately 50% of the 
amount apportioned to the State of Oregon, we recommend the follow- 
ing project and allocation of funds: 


SN-FLH 3-A(2), B(2), C(2), F(2) and G(2), the Oregon-Nevada 
State Line-Owyhee River Section of the Idaho-Oregon-Nevada Highway, 
in Malheur County. Extends from the Oregon-ilevada State Line north- 
erly to 1,000 ft. south of the Owyhee River Bridge. Work to be done 
consists of approximately 68 miles of surfacing and oiling. Funds 
to be used in conjunction with 1940 and 1941 Federal Lands Highway 
funds. Estimated cost is $150,211.60, of which $47,115.57 is to 
come from the 1942 FLH funds, - $47,115.57. 


The Attorney brought up for discussion the claim of Wm. Van Cleave 
against the Dolan Construction Company arising out of the Dolan Construction 
Company's contract No. 1933 with the Commission for the construction of a 
bridge over the North Fork of the liehalem River and contract No. 2204 with 
the Commission for certain oiling work in Tillamook County on which contract 
the Dolan Construction Company was a subcontractor. The Attorney advised 
that on several occasions lir. Van Cleave had requested a conference to be 
attended by the interested parties and the Attorney stated that a date sev- 
eral times was fixed and the parties notified but at no time did Mr. Van 
Cleave attend the conference. The last conference was fixed for January 30 
and there appeared at that time Mr. W. H. Lynch and Mr. Tom Davis, represent- 
ing the Public Roads Administration; Mr. Dolan and his attorney, Mr. Winslow; 
ur. Ray Webber, representing the State Highway Departuent, and a representa~ 
tive of the surety company. The Attorney further advised that the projects 
involved are federal aid projects and that the Public Roads Administration 
will not reimburse the state for advancing state funds to finance the work 
until the Van Cleave claim has been disposed of. He recommended in view of 
the circuastances that this transaction or controversy be deemed closed so 
far as the State Highway Commission is concerned and that the Commission so 
inform the Public Roads Administration and make application for final payment 
of the money due the state under such contracts with the understanding that 
the state would assune any responsibility with respect to the deniai of Mr. 
Van Cleave'’s claim. After discussion the Commission approved the recomnenda- 

ion and instructed the Attorney to direct a letter to Mr. Lynch, District 
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BOARDMAN-STANFIELD HIGHWAY 


MORROW COUNTY LINE-STANFIELD SECTION - GRADING AND TOPPING a 
Me L. O'Neil & Son $109, 749.00 3 
Roy L. Houck 123,521.50 
Leonard & Slate 137,044.50 ae 
Berke Bros, 137,500.00 Pd 
A. C. Greenwood Co., Inc. 140,565.00 39 
Frank Penepacker 151,454.00 

STARKEY SECONDARY STATE HIGHWAY 
BRIDGE OVER MEADOWBROOK CREEK NEAR STARKEY 

W. H. Philpott $6,290.00 
Chaffeur & Klatt 6,488.50 Ri 
Harry I, Hamilton 7,055.50 at 


SALMON RIVER HIGHWAY oe 
DEER CREEK-BELLEVUE SECTION - GRADING, PAVING AND BRIDGE 


Using As t Using Tar 


*Roy L. Houck - = = $100,895.25 ca. 
Berke Bros. 7 > o 107,457.00 t : 
C. J. Montag & Son - <-- 113,045.00 4 
#Edlefsen-Weygandt = = - 125,956.25 . i 
E. C. Hall Co, ed sagt 127,286.00 e 

3 


SALMON RIVER HIGHWAY Sea. 
WEST SHERIDAN SECTION - GRADING AND PAVING aa.’ 


= 3 b 
*#C. J. Montag & Son $47,388.70 “ey 
Berke Bros, 48,000.70 ae 
E. Cc. Hall Co. 53,333.50 oe 
x#Edlefsen-Weygandt Co. 60,161.70 aie 
COMBINATION BIDS FOR THE 
DEER CREEK-BELLEVUE AND WEST SHERIDAN SECTIONS 
Deer Creek- West Total 
Bellevue Sheridan 
Berke Bros. $107,457.00 (tar) $42,000.70 $155,457.70 
C. J. Montag & Son 113,045.00 47,388.70 160,433.70 nr 
E. C. Hall Co. 127,286. mo. * 53,333.50 180,619.50 rg - 
Edlefsen-Weygandt Co, 125,956.25 " 60,161.70 186,117.95 3g 
Roy L. Houck 100,895.25 " Disqualified - - - } 
Bidder will not accept award of this contract unless also awarded W.Sheridan y et 
project. fel 
**#Bidder will not accept award of this contract unless also awarded Deer Creek- ear 


Bellevue project. 


Portland, Oregon, February 28, 1941 


The State Highway Commission reconvened at 9:00 a. m. in the audi- 
torium of the Public Service Building with all Commissioners presen’ and parti- 
cipating. Also present were the State Highway Engineer, the Attorney and the 


Secretary. 


Bids as follows for highway construction projects were opened and 
read in conformance with previously published notice, following which Chair- 
man Cabell announced that the award of contracts would be made at 3:00 p. m. 


in the same room: 


{HE DALLES-CALIFORNIA AND FREMONT HIGHWAYS 
LAPINE ROCK PRODUCTION 


Chester T. Lackey 
A. S. Wallace, 


SANTIAM HIGHWAY 
FOSTER-CASCADIA SECTION - SURFACING 


River Bend Sand & Gravel Co. 

0. C. Yocom 

Salem Supply Co. 

R. 0. Dail & Warren Bros., Inc. 


WASCO-HEPPNER SECONDARY HIGHWAY 
GILLIAN COUNTY LINE-ZINTER RANCH SECTION 
GRADING, TOPPING, AND 2 BRIDGES 


Me L. O'Neil & Son 

E. C. Halli Co. 

Roy L. Houck 

Leonard & Slate 

H. B. Klineline 

C. J. Eldon 

A. C. Greenwood Co., Inc. 
Sana Orino 


HEPPNER HIGHWAY 
JONES HILL-LENA SECTION - GRADE, SURFaCE & OIL 


R. 0. Dail & Warren Bros. 
E. C. Hall Co. 

Babler Bros 

F. R. Hewett 

A. Milne 


a net Gin = ARS eee 


BSS 


$42,677.00 
43,634.00 
43,960.00 
455478450 
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irrigation canal construction across The Dalles-California Highway near Bend. 
It appears that a structure is involved which is estimated to cost approxi- 
mately $10,000 and that the Bureau of Reclamation is asking the state to pay 
one half of this expense, basing its request on the Federal Reclamation Law 
of August 30, 1890. After discussion the Commission authorized the payment 
of one half of the cost of this structure with state highway funds if abso- 
lutely necessary. 


The Engineer brought up for discussion the matter of providing 
temporary electric service for operation of the Interstate Bridge between 
Portland and Vancouver. He recalled that some time ago the Commission author- 
ized an expenditure to provide a new motor generator set for this purpose in 
view of the discontinuance of electrical facilities by the Portland General 
Electric Company, and it was thought at that time that the installatiun would 
be completed early this year, and the Portland General Electric Company agread 
to continue servicing this structure in the meantime. However, delivery of 
the new motor generator set has been delayed by the manufacturers because of 
priority orders for defense purposes. It is evident, he said, that the power 
company has overlooked this feature and has disposed of a portion of its 
trestle on which its power line was carried and the purchaser plans to remove 
the trestle at once, and if he does so it will mean discontinuance of the 


electrical service to the bridge. It is possible, he said, to provide tempo- 
rary service by constructing a short line from the end of the power company's 
trestle that is still standing but thie will cost about $400.00, which amount 
the power company is asking the Highway Commission to pay. The Commission 
approved the expenditure if it cannot be avoided. The Attorney was instruct- 
ed to consult the Public Utilities Commissioner in regard thereto. 


The Commission discussed and approved the application of the Bonne- 
ville Power Administration for permission to construct a power pole line 
across State Secondary Highways No. 334 and No. 335, in Umatilla County, 
which is necessary in connection with the construction of the power adminis- 
tration's transmission line between Walla Walla and Pendleton. (Decision 
reconsidered at meeting on March 24, 1941.) 


The Engineer reported difficulties in securing right of way from 
Mr. L. A. McClintock for the Morrow County Line-Stanfield Section of the 
Boardman-Stanfield Highway, in Umatilla County, bids for which were received 
today. The Commission decided to consider the bids for this job, notwith- 
standing the right of way difficulty, but to postpone the award ef the con- 
tract until the right of way is cleared. The Assistant Attorney was instruct- 
ed to give this right of way matter his personal attention at once. 


Messrs. Lee Pratt and E. J. Hermans, property owners of Sheridan, 
Oregon, came before the Commission in regard to the proposed improvement of 
the Salmon River Highway through the town of Sheridan. Mr, Pratt stated that 
the plans call for the taking of some of his business property for right of 
way purposes, which he cannot afford to give up entirely because it is on the 
river side of the highway and there will not be sufficient room between the 
highway and the river on which to reestablish his buildings. In view thereof 
he asked authority from the Commission to use the highway shoulder and the 
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The Attorney brought up for discussion a request from contractor 
Charles H. Leonard for reimbursement of one half of the expense incurred by 
him in defense of an action brought by laborers employed by him on his state 
highway contract, No. 1754, for grading the Brooks-Jordan Creek Section of 
the Wilson River Highway, in Tillamook County. The Attorney recalled that 
the trial court in this case decided against Mr. Leonard and that the State 
Highway Commission authorized its attorney to aid Mr. Leonard in the prosecu- 
tion in an appeal to the Supreme Court, which was done and the Supreme Court 
reversed the decision of the trial court, the cost to the state in such ap- 
peal amounting to approximately $1,100, which represents the cost of prepar- 
ing the transcript of testimony. The Attorney advised that Mr. Leonard clains 
that he spent, in connection with the litigation in carrying the case through 
the trial court, something in excess of $4,000, and he has requested the state 
to reimburse him for one half such amount. He gave as his opinion that there 
are no legal barriers to the Commission reimbursing Mr. Leonard if the Com- 
mission so desires and feels that is the proper thing to do in view of the 
benefits that the state derived from the litigation. It was the Commission's 
Shought that Mr. Leonard should have presented this matter.to the Commission 
at the same time that he asked the Commission to join with him in making his 
appeal to the Supreme Court, and that the Commission could not now approve 
the additional expenditure without establishing a very dangerous precedent. 
In view thereof the Commission denied the request; however, indicated that it 
would not oppose payment of the claim if it were presented to the Legislature, 
The Attorney was instructed to so inform Mr. Leonard. 


The Commission discussed a claim in the amount of $55.30 from the 
United States Forestry Department for reimbursement for trees destroyed in 
conection with the reconstruction of the Low Pass Section of the Siuslaw 
Highway in 1¢ County. The Commission considered that the filing of the 
claim is a departure from the usual practice in connection with construction 
of highways through national forests and in view thereof decided not to pay 
it umless it cannot be avoided. The matter was referred to the Attorney to 
handle, 


The Attorney brought up for discussion the matter of payment of 
irrigation and drainage assessments at the State Highway Department shops at 
Klamath Falls. The Commission authorized payment of such assessments provid- 
ed they represent payments in connection with bonded indebtedness and do not 
represent payments for water supply, and provided further that the Commission 
has legal authority to spend state highway funds for such purpose, The matter 
was referred to the Attorney to pass on the legal features, 


The Commission considered a request from the Parkrose Lions Club 
for permission to either attach a small metal sign to the large Parkrose sign- 
board on Sandy Boulevard near Northeast 122nd Avenue, Portland, or to main- 
tain a separate signpost on the highway right of way near such location for 
the common use of clubs and lodges of Parkrose. The Commission approved the 
installation of a standard service-club sign rack. 


The Attorney brought up for discussion a request from the United 
States Reclamation Service that the state pay a portion of the cost of certain 


The Commission adjourned at 12:10 p. m. and reconvened at 2:00 p. m 
in the same room with the same persons present and participating. 


A delegation from Marion and Polk Counties appeared before the Com- 
mission in regard to construction of a bridge over the Willamette River at 
Independence and a standard highway between Independence and Salem via what 
is known as the South River Road, Salem, The group was headed by E. L. Gray, 
president of the Salem-Independence-Kings Valley Highway Association, and in- 
cluded the following: County Court of Marion Cowity, represented by County 
Judge Leroy Hewlett and County Comaissioner Ralph Girod; County Courtof Polk 
County, represented by County Judge Herman Van Well and Commissioners Fred 
Gibson and H. H. Brant; County Engineer N. C. Hubbs of Marion County; Henry 
C. Crawford and Oscar D. Olson, representing the Highway Committee, Salem 
Chaniber of Commerce; Lee Eyerely, Vice President Salem—Independence—Kings 
Valley Hichway Association; John J. Roberts, Secretary-treasurer of such 
association, E. A. Miller, Director of the association; Dr. George Hurley, 
President, Independence Chamber of Commerce; Dr. M. J. Butler, Mayor of Inde- 
pendence; James H. Hart, Milford M. Nelson, D. P. McCarthy, and R. M. Walker, 
all of Independence. Speaking in behalf of this project were Messrs. Gray, 
Walker and Miller. Mr. Walker presented resolutions from the chambers of 
commerce of Corvallis, Monmouth, and Independence in support of their oral 
request. 


The Engineer reported the estimated cost of the bridge and the road, 

and pointed out that a traffic analysis indicates that there is insufficient 
travel over the road to amortize the investment. Chairman Cabell pointed out 
that the proposed route would provide no appreciable saving in distance over 
the old route; also that the Highway Commission has received numerous requests 
for other improvements in the territory served by this road. He gave as his 
opinion that it would not be right or fair to postpone such improvements, for 
which the people have waited for many years, in behalf of this new project, 
and predicted that the Commission would be severely criticized if it should 
make such substitution in projects. He also called attention to the fact 
that the federal government is considering an allocation of funds for the 
construction of highways on a strategic military highway system and if such 
funds are made available regulations covering the expenditure of the same 
will probably require matching with state moneys, So there would be little, 
if any, state money that could be used to finance the bridge work. He doubt- 
ed that it would be good business anyway for the Highway Commission to assume 
this new undertaking which is not now a state obligation. Commissioners 
Oliver and Clough concurred in the remarks of Chairman Cabell. 


Mr. Gray stated that the counties are willing to contribute toward 
the experise involved and in reply thereto Chairman Cabell advised that the 
Highway Commission is not trying to evade the project altogether but is will- 
ing to consider it if the counties will contribute a considerable amount as 
cooperation, and will let the delegation know within the next few weeks just 


what it may expect, 


Melvin R. Sorell, Salem, was present in regard to his claim for 
damages and injuries arising out of an automobile accident on the Pacific 
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sidewalk area for private purposes, particularly the privilege of maintaining 
his gasoline pumps in their present location which would be on the highway 
right of way. Mr. Hermans asked a similar privilege. The State Highway En- 
gineer advised that the Commission has an established policy which prohibits 
encroachments on highway right of way and unless the highway is entirely 
cleared of such encroachments the improvement could not proceed. Mr. E. J. 
Bayliss, Mayor of Sheridan, who was present, advised that the people of Sheri- 
dan are very anxious for a sidewalk. He guaranteed full width right of way, 
free and clear of all encroachments. Chairman Cabell advised that the Com- 
mission must adhere to its established policy and accordingly must require 
that all encroachments be eliminated. 


Mr. Hermans then requested that all waste material from the highway 
improvement be deposited on his property in order to raise it to the proper 
level. The Commission approved the request provided there is any waste mate- 
rial available and provided the contractor is willing to deposit it on Mr. 
Hermans' property. The Engineer was instructed to bear this in mind. 


urs. Stella Jones Bailey and her attorney, R. W. Wilbur, Portland, 
came before the Commission in regard to settlement for a gravel pit and a 
small parcel of land containing 0.23 acre that the state needs as right of 
way in connection with the improvement of the Jones Hill-Lena Section of the 
Oregon-Washington Highway, in Morrow County. Mr. Wilbur stated that Mrs. 
Bailey is willing to deed the right of way to the state without cost, but 
she wants the Commission to construct for her a new entrance roadway to her 
property from the highway. The matter was referred by the Commission to the 
Engineer for investigation and report. 


Mr. Wisbur advised that the gravel pit site contains 73 acres and 
is part of an 90-acre tract of land that Mrs. Bailey is renting to a third 
party who contemplates purchasing the same, and if the state is determined to 
take the 7 acres it very likely will spoil irs. Bailey's chances of dispos- 
ing of the balance,wherefore she would rather that the state secure a site at 
some other location or pay her extra as damages. The Attorney advised that 
the e-acre tract is scab rock land and practically worthless for anything 
but for the purpose that the state wants it, and that he has offered to pay 
Mrs. Bailey $20 per acre for it and to fence the area, which he thought was 
quite generous. This matter was discussed at some length but no decision 
reached, Mrs. Bailey agreed to give the state right of entry onto her prop- 
erty until negotiations are completed. The Engineer was instructed to ascer- 
tain whether or not a suitable quarry can be obtained elsewhere. 


The Engineer reported the cost to construct a bridge over the Wil- 
lamette River between Independence and East Independence to replace a county- 
owned ferry; also the cost to construct a standard-type road from East Inde- 
pendence to Salem. He estimated the cost of the bridge at $281,000 and the 
cost of the road at $369,000, or a total of 9650,000. The Commission took no 
action on this matter but indicated that it could not cooperate in the under- 
taking unless Marion and Polk Counties would contribute a very substantial 
portion of the cost involved. 
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the legislature he must do so independently because the Commission is not 
ready, for the reasons given, to join with him in the matter. 


Mr. Carter also complained of the arrangement set up for the men 
that live in Gold Beach, alleging that these men now have to report to a 
maintenance headquarters which is located 16 miles from Gold Beach, using 
their own private cars and on their own time, notwithstanding that they are 
immediately required to retrace their steps to Gold Beach in state equipment. 
It was his thought that a much more satisfactory arrangement could be worked 
out and he asked the Commission to look into it. The matter was referred to 
the Engineer. 


At 3:30 p. m. Chairman Cabell announced the awards of contracts as 
follows, such awards having been previously approved by the Commission by 
unanimous vote: 


"Lapine Rock Production Project on The Dalles-California and 
Fremont Highways, in Deschutes and Klamath Counties. Requires ap- 
proximately 12,000 cu. yds. crushed gravel in stock piles. Two 
bids were received for this project, the low one being that of 
Chester T. Lackey, Ontar’>, in the amount of $17,700 and the other 
being that of A. S. Wallace, Roseburg, in the amount of $25,440.00. 
The Commission awards the contract to Chester T. Lackey at his low 
bid of $17,'700.00. 


"Foster—Cascadia Section of the Santiam Highway, in Linn Coun- 
ty. 10,39 miles surfacing, The River Bend Sand & Gravel Company, 
Salem, submitted the low bid for this project in the amount of 
$13,504.00. 0. C. Yocom, Willamina, submitted the second-low bid 
in the amount of $14,195.00, There were two higher bidders. The 
Commission has rejected all bids received for this project and has 
ordered the project readvertised. 


"Gilliam County Line-Zinter Ranch Section of the Wasco-Heppner 
Secondary Highway, in Morrow County. 6.92 miles grading and topping, 
also construction of two untreated timber bridges. Eight bids were 
received for this project, the low one being that of M. L. O'Neil & 
Son, John Day, in the amount of $49,896.50, and the second-low being 
that of E. C. Hall Company, Eugene, in the amount of $51,730.00, The 
Commission refers all bids received for this project to the Engineer 
with power to award the contract to the low bidder when certain con- 
ditions have been satisfied. 


"Jones Hill-Lena Section of the Heppner Highway, in Morrow Coun- 
ty. 0.16 mile grading and 9.2 miles surfacing and oiling. The low 
bid for this project was submitted by R. 0. Dail & Warren Bros., 
Portland, in the amount of $42,677.00. The second-low bid was sub- 
mitted by E. C. Hall Company, Eugene, in the amount of $43,634.00. 
There were three higher bidders. The Commission refers all bids re- 
ceived for this project to the Engineer with power to award the con- 
tract to the low bidder when certain conditions have been satisfied. 
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be seen for one-half mile, and in his estimation the reason for the accident 
was simply carelessness on the part of the driver of the car. Furthermore, 
the new highway was open and was being used by Pacific Highway traffic at the 
time of the accident and there was absolutely no reason for Mr. Sorell to use 
the old road in going to the roadhouse south of Salem which was his objective. 
After discussion the Comission concluded that the state is not iiable for 
the payment of the claim and thereupon denied it by unanimous vote. 


A delegation from Crook County, including County Judge A. R, Bowman 
and Messrs. Harry Severance and Robert Lester Palino, was present and asked 
the Commission to authorize an expenditure of additional funds to complete 
the rocking of the Crooked River Secondary Highway from the end of the im- 
proved section, easterly to Paulina, a distance of about six or seven miles. 
Judge Bowman advised that the state's maintenance crew has been working on 
this road for some time past but was recently called off the job when the 
funds budgeted for this work became exhausted, so the people of the Paulina 
district cannot use the easterly end of the road without a lot of inccnveni- 
ence and delay. It was his thought that it would not cost more than $2,000 
to gravel the worst places along the remaining seven-mile section. The En- 
gineer recommended approval of the request. The Comaission approved the rec- 
ommendation by unanimous vote. 


Judge Bowman also asked the Commission if there are any objections 
to the state's power shovel, that is loading state trucks on road work in the 
vicinity of Prineville, also loading some of the county's trucks at this loca- 
tion. He said that Crook County heretofore has performed similar service for 
the state and he thought perhaps the Commission would have no objection in 
evening up the account in this instance. The Commission approved by unanimous 
vote. 


Representative Roy E. Carter, Gold Beach, was present in the inter- 
ests of state highway department maintenance men located at Gold Beach. He 
said that he has it in mind to introduce a bill in the legislature requiring 
the Highway Commission to pay these men a higher wage because they are now 
receiving only $0.50 per hour for their services, which is less than any other 
men in the county receive, but he wanted to talk the matter over with the 
Highway Commission first to ascertain definitely whether or not the Commis- 
sion would approve a wage increase for these men without such legislative ac- 
tion. He was informed by Chairman Cabell that the rules and regulations gov- 
erning employees must be uniform throughout the state, particularly so far as 
a general wage scale is concerned and that the Commission is not ready at 
this time to discuss whether or not employees are entitled to any increase in 
wages because it will take a lot of time to assemble and prepare pertinent 
information. He further advised that if Mr. Carter presented this matter to 
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Highway. They advised that, if the Highway Commission intends to spend some 
money this year for oiling on this road, the section most in need of improve- 
ment from the county's standpoint is that between Veneta and Crow inasmuch as 
the county expects to oil this year the unoiled portion of the county road 
which extends from Eugene to Gillespie Corners and also expects to oil this 
year the county road between Eugene and Crow. The Commission todthe matter 
under advisement. 


The matter of additional WPA construction on the "Route F" Highway 
was also discussed. Mr. Morse advised that the county is ready to start the 
construction of another section east of Linslaw and is wondering whether or 
not the state will cooperate as it did three years ago in furnishing culvert 
pipe and powder, The Commission denied the request. Mr. Holland inquired 
how much more work the county will have to do on this road before the state 
will take over jurisdiction. He was informed by Chairman Cabell that the 
Commission is not yet ready to place this road on the state highway system 
and in all probability greater progress would be made if the work were con- 
tinued as a county road project than as a state highway improvement. 


The Assistant Attorney reported the status of the 1941 right of way 
budget. He advised that of the $600,000 budgeted this year for right of way 
purposes $166,000 has been obligated to date. Further, that of the $800,000 
budgeted for the purchase of right of way on the Front Avenue Project in Port- 
land $427,000 has been obligated to date. The Commission approved the report 
and ordered it filed. 


The Attorney requested authority to acquire certain parcels of real 
property that are needed for various highway improvements throughout the state. 
He submitted a list of such properties together with prices that he recom- 
mended be paid for each. After careful consideration the Commission approved 
the request and by unanimous vote adopted the following resolution in regard 
thereto: 


WHEREAS, in connection with the further improvement of 
the highways hereinafter designated, it is and has been necessary 
to acquire property for right of way, quarry sites, gravel or 
other material sites, or sites for the storage of materials, as 
hereinafter more definitely set forth, and 


WHEREAS, as a result of negotiations carried on with the 
owners of the property required, options have been obtained, which 
options have been considered by the Commission, outlining the bases 
of settlement which have been agreed upon, and 


WHEREAS, it is the judgment of the Commission that the 
said options should be approved and accepted, and/or the said 
reports be declared acceptable to the State Highway Commission as 
bases of settlement for the properties involved, and that the ac- 
quisition of the properties should be completed: 
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"Yorrow County Line-Stanfield Section of the Boardman-Stanfield 
Highway, in Umatilla County. 11.54 miles grading and topping. Six 
bids were received for this project, the low one being that of M. L. 
O'Neil & Son, John Day, in the amount of $109,749.00, and the second~ 
low being that of Roy L. Houck, Salem, in the amount of $123,521.50. 
The Commission refers all bids received for this project to the En- 
gineer with power to award the contract to the low bidder when cer- 
tain conditions have been satisfied. 


"Bridge over Meadowbrook Creek near Starkey, on the Starkey Sec- 
ondary State Highway, in Union County. W. H. Philpott, Portland, sub- 
mitted the low bid for this project in the amount of $6,290.00. Chaf- 
feur & Klatt, Spokane, Washington, submitted the second-low bid in the 
amount of $6,488.50. There was one higher bidder. The Commission 
has rejected all bids received for this project and has ordered the 
project readvertised. 


"Deer Creek-Bellevue Section of the Salmon River Highway, in 
Yamhill County. 2.12 miles grading and paving; also construction 
of 150-foot concrete bridge. Five bids were received for this job, 
that of Roy L. Houck, Salem, being low at $100,895.25, based on the 
use of tar, and that of Berke Bros., Portland, being the second-low 
bid at $107,457.00, also based on the use of tar. Neither of these 
contractors submitted a bid on the asphalt alternate. Mr. Houck 
qualified his bid by stating that he would not accept the award of 
the contract unless also awarded the contract for the West Sheridan 
project, bids for which were received at this letting. He failed to 
sign his bid on the West Sheridan project, so it could not be consid- 
ered. The combination bid of Berke Bros., for this project and for 
the West Sheridan project, was the low combination bid received by 
the Commission, and in view thereof the Commission awards this con- 
tract to Berke Bros. at their bid price of $107,457.00. 


“West Sheridan Section of the Salmon River Highway, in Yamhill 
County. 0.57 mile grading and paving. The low bid on this project 
was submitted by C. J. Montag and Son, Portland, at $47,388.70. They 
qualified their bid by saying that they would not accept this contract 
unless they were also awarded the contract for the Deer Creek-Bellevue 
project; hence, in view of the fact that the Commission has awarded 
the Deer Creek-Bellevue project to Berke Bros., on their combination 
low bid, the bid of C. J. Montag and Son cannot be considered for the 
West Sheridan project. Berke Bros., Portland, submitted the second- 
low bid at $48,000.70. There were two higher bidders. The Commis- 
sion has referred the bids for this job to the Engineer with power to 
award the contract to the low qualifying bidders, Berke Bros., when 
certain conditions have been satisfied." 


County Commissioner W. J. Holland and County Engineer P. M. iforse 
County were present in the interests of the Territorial Secondary 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


West Portland-Tualatin Section, West Portland-Hubbard Highway 
4819A-Myers, Murray W. Slope 682 sq.ft. 5 Lump Sum Benson 


Easement 

5478-Davies, John RAW llot $30 Lump Sum Martin 
Foster-Cascadia Section, Santiam Highway 

g0ll-Peck, Charles A. . Pigg 40.0 1 yr.lease at 3¢ Eason 

cu. yd. 
Wiley Creek-Cascadia Section “antian Highway 
9033-Fisher, Roy C. 4.97 $80+ per a. ($400) Eason 
son x aie 
site 


East Sheridan Section, Salmon River Highw 

3939-Harty, Willian RW 1.31 $114.50 per a.+ $150 Collins 
East Broadway-Eugene Section, Pacific Highw. 

8771-Earle, Kathryn R/W 600 sq.ft. 30¢ sq.ft. + $120 Parker 
North Roseburg Section, Pacific Highw 

8554-Edwards, Ivan P. R/W gO sq.ft. Given in egychange by Lytle 


State of 1842 sq.ft. 


Lake Creek-Hanley Ranch Section, Little Butte Highway 

S7ll-Hanley, M. F., Jr. WN 5.15 $50 per acre Gardiner 
7.76 $150 per acre,+ $1266.25 
12.91 


Chemult Section, The Dalles-California Highway 

8981-Palmer G. C. W 2.58 GRATIS R.M.Smith 

Muddy Creek-Lakeview Section, Klamath Falls-Lakeview Highw: 

4157-Sedgwick, C. B. and R/W 0.26 $50 per acre Martin 
Maud P, Kingman 


Post-Paulina Seetion, Crooked River Secondary Highway 


8633-Morris, Arthur L. Gravel 4.17 $24 per a.plus $63 Chandler 
Pit 
Boardman-Stanfield Section, Old Oregon Trail Highway 
8826-Alplanalp, Silas P. 
& 0. G. Oldfield R/W 0.02 $250 per acre Landon 

8841-Attebury, Roy G. " 3.35) $80 per acre 
3.82) $5 per a.¢ $345.65 " 
Tek?) 

3830-Richards, Ralph and " 3.19 $100 per a.+ $577.50 n 

Patricia 
8833-First National Bank " 2.90 $100 per a. + $202 " 


of Hermiston, and 
C. J. Mathews 
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NOW, THEREFORE, BE IT RESOLVED that the several offers, or 
bases of settlement hereinafter enumerated be, and the same hereby are, 
approved and accepted, and that the Attorney for the State Highway Com- 
mission, be and he hereby is instructed to complete the acquisition of 
the said properties and to take title thereto in the name of the State 
of Oregon. The said properties hereby ordered and authorized to be ac- 
quired are as follows: 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Clatskanie-Goble Section, Columbia River Highway 
8860-Columbia County Stock Pile 2. GRATIS McChesney 
" 


8923-Columbia County 8 a 1.75 GRATIS 


St. Helens Section, Columbia River Highw 
8736-Watters, Leslie R/W 2962 sq.ft. In exchange by McChesney 


State for Lots 9,10 
& NE of Lot 11,B1k.2, 
Georgetown 
Nehalem Spit Section, Oregon Coast Highw 
7314-Sandberg, Lawrence Park 12 lots $5.00 per lot Martin 


North of Port Orford (Elk Creek) Section, Oregon Coast Highw. 
8694-McKenzie, Donald R. Gravel pit 7.96 
Stock pile 1.20 
9.16 $100 per a. plus $37 Parker 
Haul road for hauling road 
Easement easemt. on 0.37 acre 


North Bend-Marshfield Section, Oregon Coast Highwa 
8080-Coos Bay Dredging Co. R/W 1592 sq.ft. 10¢ sq. ft. plus low 
(Correction) bid $1162.88 for mov- 
ing bldg.; state to 
convey Lots 17,18, Blk. 
33, Nasburg Add. to 
Marshfield, contg.approx. 
4750 sq.ft.for considera- 
tion of $159.20 Collins 
Glenwood-Washburn Section, Wilson River Highway 
8660-Harris, Ralph A. R/W 0,08 $200 per a.plus $75 Benson 
8662-Hathorn, Wn. 0,08 $10 Lump Sum for land n 


8676-Heisler, Thos., Heirs 0.23 
2659-Davis, Mildred Ella 0.78 
Bartell 
3665-Bateman, Joseph E. 3.87 $5,500.00 Lump Sum 


Jordan Creek-Mills Bridge Section, Wilson River Highway 
#897-Reeher, G. A. Permission to cut danger trees - GRATIS Martin 
#901-Reeher, G. A. Permission to cut danger trees - GRATIS ® 
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Section, Hwy., and Omer Purpose Area Approximate Amounts Agent 


Front Avenue Project-Columbia St. South (Portland), Pacific Highway West 
Referred to Mr. Cabell 


8190-Eugene Lumber Co. R/W 7,304 sq.ft. $1,826.00 McCallister 
8677-Austin, Graham and " 10,000" 2,000.00 ® : 
Bertha Pauline inte 
8652-Zanello, Fred, " 10,000 " 2,250.00 " ta 
Emnalita Write and 
Ruth Hefty i 
8163-Allessandro, Alfonso " 3,000 " 1,800.00 " is 
8013-City of Portland " 40,000 " 2,025.00 . 
8917-City of Portland " 14,344 " 1,031.25 . 
8916-City of Portland " 12,783 " 682.50 " ¢ 
8915-City of Portland " 5,000 " 468.75 3 ; 
8200-Rosenthal, Jennie and 
H. I. " 7,000 " 4,000.00 " 
8159-CGevurtz, Cecilie " 4,950 " 4,500.00 " 


Front Avenue Project-Columbia St. North (Portland), Pacific Highway West 


Referred to Mr. Cabell 


W64A-Stevens, Georgia, Estate R/W 44,084 sq.ft. $10,254.75 McCallister 


undivided 4 
interest 
7997-Zidell, S. and 
Steinberg R/W 4,180 sq.ft. 7,872.00 n 


7998-U.S. Nat'l Bank " 7,020 " 14,161.00 n 


The Attorney also requested authority to condemn certain parcels of 
real property that are needed for highway improvements. He submitted a list 
of such properties and offers that he recommends, as follows: 


File No. Name Purpose Required Recommended Offer 


8942 Leonora L. Jack Schmidt R/W $5 per a. -— fencing 
if fencing necessary 

8943 Roy Phillippi R/W $5 per a. - fencing 
if fencing necessary 

8669 Charles Bateman R/W $5,000,00 

8667 Irene Hankins R/W $150 plus moving 

8661 Ruby Hayden R/T $10 

8673 William H. Lyda, et al. R/W $500 

8734 Edward 0. Lessard, et ux. R/V $1,500. 

8891 E. J. Miller R/V $50 

8834 Western Irrigation Company Gravel Pit $450 


(Continued on next page) 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Boardman-Stanfield Section, Old Oregon Trail am oe (Continued) 
$832-C-Westland Irrigation Rock 55.0 5 per acre Landon 


District Quarry 
8842-Westland Irrigation R/® 80.0 $5 per acre " 
District 
8846-Allen, Rilla Thompson R/V 2.88 $100 per a.plus $271.25 " 
and Delbert Emert 
3834-Western Irrigation R/W 10.91 $5 per acre n 
Company 
Jones Hill-Lena Section, Heppner “a 
8914-Francis, W. E. Stock 45 $17.24 per acre Gardiner 
Pile 
Gilliam County Line-Zinter Ranch Section, Wasco-H r Hi 
8934-Ayres, Ada M. R/W 11.54 a5 per a.plus $904 Gardiner 
8935)-Zinter, Irene E. and) " 10.38 $25 per a.plus $897 " 
8937)-Getty, Nellie M. ) 
8936-Federal Land Bank of n 11,77 $25 per a.plus $1077 " 
Spokane & Sidney C. 
Zinter 
8929)-McClintock, Frank, and)" 29.46 $10 per a.plus $1313 " 
2930)-Gerald A. Jackson 
@932-K1lson, Helen Peters, R/W and 19.6 $10 per a.plus $1008 " 


and Frank McClintock haul road 


Cape Lookout Section, Oregon Coast Highway 


2524-Smith, W. K., Jr. Park 19.89 $22.62 per a. approx. Parker 
Estate $450 Lump Sum 
West Sheridan Section, Salmon River Highway 
Ga93-Wineberg, William J. Slope 14,735 sq.ft.$200 Lump Sum Collins 
Easement 
g031-—Huntley, E. M. Slope 2,105 sq.ft. GRATIS " 
Easement 
Glenwood-Washburn Section, Wilson River Hi 
8664-Gales Creek & Wilson R/W 0.23 GRATIS Benson 
River RR Co. Easement 
6244A-Gretchen Cormany R/W 0.34 $50 Lump Sum " 


St. Yelens Section, Columbia River Highwa 
8737-Van Gilder, E. L. & R 5,755 sq.ft. 2¢ sq.ft.plus $540, McChesney 


Chas. Goodnough plus moving ee 
(Est'd $1000) 
$120 (iat 
West Portland-Tualatin Section, West Portland-Hubbard Highw. 
4820-“ioles, Stella HM. R/W Demolishing stone garage on R/W, Benson 
(Supplemental) $86; moving & reestablishing hand- 


pump, etc. $38. 
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the specific purposes for which the same are being acquired are de- 
scribed as follows, to wit: 


Real property owned by Charles S. Bateman, which 
property is located in the southwest quarter (SW) of the 
southeast quarter (SE}) and in the southeast quarter (SE2) 
of the southeast quarter (SE}) of Section 26, Township 2 
North, Range 5 West, W. M., Washington County, Oregon, and 
is more particularly described on the attached sheets and 
designated as Parcel No. 1 and is further identified in 
the records of the Highway Commission as file R 8669, and 
which property is being acquired for right of way purposes 
in connection with the Glenwood-Washburn Section of the 
Wilson River Highway;* 


Real property owned by Ruby Hayden, which property is 
located in the southwest quarter (SW+) of the northeast 
quarter (NE}) of Section 26, Township 2 North, Range 5 
West, W. M., Washington County, Oregon, and is more par- 
ticularly described on the attached sheets and designated 
as Parcel No. 2 and is further identified in the records 
of the Pighway Commission as file R 8661, and which prop- 
erty is being acquired for right of way purposes in con- 
nection with the Glenwood-Washburn Section of the Wilson 
River Highway ;* 


Real property owned by Elmer E. Lyda and Willian H. 
Lyda, which property is located in the north half (Nd) of 
the northwest quarter (NW) of Section 36, Towmmship 2 
North, Range 5 West, W. M., Washington County, Oregon, 
and is more particularly described on the attached sheets 
and designated as Parcel No. 3 and is further identified 
in the records of the Highway Commission as file R 3673, 
and which property is being acquired for right of way 
purposes in connection with the Glenwood-Washburn Section 
of the Wilson River Highway;* 


Real property owned by Edward 0. Lessard and Hazel 
Lessard, which property is located in Government lots 1 
and 2 (NW), Section 4, Township 4 North, Range 1 West, 

W. M., in Government Lot 1 (R3 of NWR) of Section 4, Town- 
ship 4 North, Range 1 West, W. M., in Lot 5, Block 4, 
Georgetown, in the City of St. Helens, and in Lot 5, Block 
5, Georgetown, in the City of St. Helens, all in Columbia 
County, Oregon, and is particularly described on the at- 
tached sheets and designated as Parcels Nos. 4, 5, 6, and 
7 and is further identified in the records of the Highway 
Commission as file R 8734, and which property is being ac- 
quired for right of way purposes in connection with the 
St. Helens Section of the Columbia River Highway;* 
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File No. Name Purpose Required Recommended Offer 
8832 W. P. Smith & E.P. Smith R/W $800.00 
8931 Pay Ward R/W $250.00 plus sever- 
ance,if applicable 
8933 George Parman, et al. R/W $225.00 
8928 Carl Schneider ne ew 
g910 ) and ” 
8913 ) Stella Jones Bailey Quarry Site 
7647 Edward Hillier Grade Change $800.00 
Damages 
3843 L. A. ucClintock R/W $3,500.00 plus cattle 
pass 


After careful consideration of each item, the Commission approved the request 
and by unanimous vote adopted the following resolution in regard thereto: 


WHEREAS, the State Highway Comaission is authorized to 
locate, relocate, construct, reconstruct, maintain, widen, straight- 
en, and otherwise improve state highways, both primary and second- 
ary, and said Commission is also authorized to construct shops, 
equipment sheds, office buildings, maintenance sites, patrolmen ac- 
commodations, and snow fences, and is authorized to acquire quarry 
sites, gravel pits, storage sites, stockpile sites, weighing sta- 
tions, and broadcasting stations, and is further authorized to 
develop, construct, improve, operate, and maintain parks, parking 
places, auto camps, camp sites, roadside development, recreational 
grounds or resorts, and other places of attraction and scenic value; 
and 


WHEREAS, said Highway Commission is authorized to acquire 
by purchase, agreement, donation, or by the exercise of the power 
of eminent domain real property, or any interest therein, necessary 
or deemed by the Highway Commission necessary for the accomplishment 
of any and all of the foregoing things; and 


WHEREAS, in the judgment of the Highway Commission the 
several tracts or parcels of land hereinafter described are each 
and all necessary for the specific and particular purposes herein- 
after specifically set forth; 


NOW, THEREFORE, BE iT AND IT HEREBY IS RESOLVED by the 
State Highway Commission as follows: 


1. That the Commission does hereby find and declare that 
the several parcels of real property hereinafter described are each 
and all necessary for the accomplishment of the purposes hereinafter 
expressly and specifically set forth, which said real properties and 
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identified in the records of the Highway Commission as 
file R 8942, and which property is being acquired for 
right of way purposes in connection with the Quinton- 
Ramsey Section of the Columbia River Highway;* 


Real property owned by Fay E. Ward and Wilfred A. 
Ward, which property is located in the southwest quarter 
(sw) of the southeast quarter (SE}) of Section 20, Town 
ship 3 South, Range 23 East, W. M., Morrow County, Oregon, 
and is more particularly described on the attached sheets 
and designated as Parcel No. 15 and is further identified 
in the records of the Highway Commission as file R 8931, 
and which property is being acquired for right of way pur- 
poses in connection with the Gilliam County Line-Zinter 
Ranch Section of the Wasco-Heppner Highway;* 


Real property owned by Edward Hillier, et al., which 
property is located in Lots 3, 4, and 5, and a fractional 
lot adjoining Lot 5 in Block 1, as shown on J. L. Lee's 
Plat of the Town of Nyssa, Malheur County, dregon, and is 
more particularly described on the attached sheets and 
designated as Parcel No. 16 and is further identified in 
the records of the Highway Commission as file R 7647, and 
which property is being acquired for right of way purposes 
in connection with the Nyssa Undercrossing Section of the 
Old Oregon Trail.* 


2. That the Commission does hereby find and declare that 
each of the said described parcels of real property is nedessary and 
acquisition of the same by the State is required for the specific 
purposes hereinabove set forth, and the said properties are being 
acquired for the express and specific purposes in this resolution 
set forth. 


3. That the State Highway Engineer be and he hereby is 
instructed and directed to make or cause to be made all surveys 
necessary in connection with the determination, description, and ac- 
quisition of said real properties, and said Engineer is further in- 
structed to prepare and submit to the Legal Department fecessary and 
adequate descriptions of the said real properties, which said de- 
striptions shall be available for the preparation of any deed or 
deeds or other instrument or instruments necessary to complete the 
acquisition of said property or properties, whether said properties 
be acquired by purchase, donation, agreement, or by the exercise of 
the power of eminent domain. 


#The detailed descriptions of the respective parcels of real property 
mentioned in this resolution are attached to the original resolution on 
file in the office of the State Highway Commission, Salem, being Reso- 
lution No.8, under the heading "Real Property Condemnation Resolutions", 
and said descriptions by this reference are made a part of this minute 
entry to the same extent as if copied in full herein. 
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Real property owned by E. J. Miller, which property 
is located in the Town of Sheridan and situated in the A. B. 
Falconer D.L.C. No. 43 in Section 35, Township 5 South, 
Range 6 West, W. M., Yamhill County, Oregon, and is more 
particularly described on the attached sheets and desig- 
nated as Parcel No. 8 and is further identified in the 
records of the Highway Commission as file R 8891, and which 
property is being acquired for right of way purposes in 
connection with the West Sheridan Section of the Salmon 
River Highway ;* 


Real property owned by W. P. Smith and E. P. Smith, 
husband and wife, and Gordon Smith, which property is lo- 
cated in the southwest quarter (SW) of Section 34, Township 
4 North, Range 28 East, W. M., Umatilla County, Oregon, and 
is more particularly described on the attached sheets and 
designated as Parcel No. 9 and is further identified in the 
records of the Highway Commission as file R 8832B, and which 
property is being acquired for right of way purposes in con- 
nection with the Boardman-Stanfield Highway;* 


Real property owned by The Western Irrigation Company, 
which property is located in the northeast quarter (NEG) of 
the southwest quarter (SW4) of Section 33, Township 4 North, 
Range 28 East, W. Mi., and in the northeast quarter (NE) of 
the southwest quarter (SWi) of Section 33, Township 4 North, 
Range 28 East, W. M., Umatilla County, Oregon, and is more 
particularly described on the attached sheets and designat- 
ed as Parcels Nos. 10 and 11 and is further identified in 
the records of the Highway Commission as file R 8834, and 
which property is being acquired for gravel pit purposes 
(Parcel No. 10) and for right of way purpeses (Parcel No.11) 
in connection with the Boardman~Stanfield Highway;* 


Real property owned by L. A. McClintock, which property 
is located in the northwest quarter (NW) of Section 1, Town- 
ship 3 North, Range 28 East, W. M., and in the southwest 
quarter (SW) of the southwest quarter (SWi) of Section 35, 
Township 4 North, Range 28 East, W. li., Umatilla County, Oregon, 
and is more particularly described on the attached sheets and 
designated as Parcels Nos. 12 and 13 and is further identified 
in the records of the Highway Commission as file R 8843, and 
which property is being acquired for right of way purposes in 
connection with the Boardman-Stanfield Highway;* 


Real property owned by Lenora L. Jack Schmidt, which 
property is located in Goverment Lot 1 of Section 6, Town- 
ship 2 North, Range 19 East, W. M., Gilliam County, Ore- 
gon, and is more particularly described on the attached 
sheets and designated as Parcel No. 14 and is further 


. 
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The Commission authorized the Attorney to secure an option for ac- 
quisition of right of way needed for the Eugene-Springfield Section of the 
Pacific Highway East across property owned by Mrs. Katherine Stewart of 
Eugene, in view of the fact that this property is on a section of the highway 
wrich the Commission anticipates building in the near future. 


Fas The Secretary presented a letter from the Gold Beach Chamber of 
Commerce reporting progress that is being made by a local committee in its 
investigation with respect to securing of land needed for widening the pres- 
ent Oregon Coast Highway through the town of Gold Beach. The Commission 
ordered the communication filed. P 


The Commission discussed a letter from Mr. Carl Rynearson, Manager 
of the Pacific Highway Association, Inc., who is now in Washington, D. C., in 
the interest of legislation having to do with the appropriation of federal 
funds for defense highway construction. The Commission approved the follow- 
ing telegraphic reply thereto: 


RE LETTER COMMISSION FAVORS DISTRIBUTION OF DEFENSE ROAD FUND 
BY SOME FORMULA, PREFERABLY ONE WHICH GIVES CONSIDERABLE WEIGHT 
TO RATIO OF DEFENSE MILEAGE IN EACH STATE TO TOTAL IN NATION, 
PROBABLY UNFAIR TO MAKE THIS THE ONLY FACTOR. ALSO SUGGESTS 
NEED OF STATESMATCHING PART OF FUND TO PRESERVE FEDERAL AID 
PRINCIPLE, 


The Engineer reported that in conformance with previous authority 


granted him by the Commission he awarded to Babler Bros. on February 18, 1%1, 
the contract for grading, surfacing and oiling the Bend-Forest Boundary Sec- 
tion of the Century Drive Secondary Highway, in Deschutes County, bids for 
which were taken by the Commission on January 21, 1941, the bid of this con- 
tractor being the low bid received and the conditions of the award having 
been satisfied, The Commission by unanimous vote confirmed the award as re- 
ported, 


The Secretary presented resolutions from the Lane County Court 
requesting removal from the state secondary highway of the Richardson-Siuslaw 
Junction Section of the Eugene~Swisshome Secondary Highway No. 220, and re- 
questing that the Eugene-Veneta Section of the "Route F" Highway be placed on 
the state secondary highway system in lieu of the Richardson-Siuslaw Junction 
Section of the Eugene-Swisshome Secondary Highway. The Engineer advised that 
this is in conformance with previous understanding with the county court. 
After discussion the Commission approved the county court's requests and there 
upon by unanimous vote adopted the following resolutions with respect thereto: 


WHEREAS, under the provisions of Chapter 248, Laws of 1931, 
and Chapter 196, Laws of 1935, and Chapter 529, Laws of 1939, the 
State Highway Commission, by mutual agreement with the respective 
county courts of the several counties of the State, is authorised 
and empowered to select, locate and designate a system of secondary 
state highways, which highways shall be selected from the market 
roads or other county roads, or available locations or routes of the 
several counties; and 


4. That I. H. Van Winkle, Attorney General of the State 
of Oregon, and J, M, Devers, Assistant Attorney General and Attorney 
for the State Highway Commission, be and they are hereby requested, 
authorized, and directed to attempt to agree with the owner or own- 
ers and/or with the tenants or persons in possession, if there be 
any, of said parcel or parceis of land with respect to the compensa~ 
tion to be paid for the taking of the same and the damage, if there 
be any, and in the event that no satisfactory agreement or agreements 
can be reached, then it is hereby further resolved that the Attorney 
General of the State of Oregon and J. M. Devers, Assistant Attorney 
General and Attorney for the State Highway Commission, be and they 
hereby are requested to commence and prosecute to a final determina- 
tion such suit or action, or suits or actions, as may be necessary 
and appropriate to acquire title to the said premises and all rights 
therein for the purposes herein stated. 


5. That this resolution be entered in full in the minutes 
and records of this Commission. 


The Engineer reported on investigations as to the width of the North 
Santiam Highway between Detroit and the South Santiam Highway junction. ‘He ad- 
vised that, in general, the right of way is 80 feet wide, although at one or 
two points between Detroit and the Linn County line the right of way is only 
70 feet wide. Further, that there are a number of encroachments near Detroit. 
He recommended that the Commission designate the Detroit-Santiam Junction Sec- 
tion a state secondary highway at such time as a full 80-foot right of way has 
ven obtained throughout and the encroachments eliminated. After discussion 
the Commission approved the recommendation and instructed the Engineer to so 
inform the County Courts of Marion and Linn Counties which have requested that 
this section be placed on the state secondary highway system. The Commissim 
ordered the matter covered by written agreement. 


The Engineer also recommended that the state take over the mainten- 
ance of the North Santiam Highway from the Public Roads Administration at such 
time as it is designated a state secondary highway. He said that state forces 
operating out of the Santiam maintenance headquarters can handle such work 
much more economically than can the government, and the state would not lose 
any federal funds thereby, because the savings accruing to the government 
thereby could be spent for forest highway construction elsewhere. The Commis- 
sion approved the recommendation. 


The Commission reconsidered the matter of construction of a bridge 
over the Willamette River at Independence and decided unanimously to contri- 
bute toward the cost of such construction all money received from Polk County 
on its old debt to the state for highway construction work in that county, 
Sut no more. This decision is subject to approval by Governor Charles A. 
Sprague an? Senator Dean Walker. It was left with Chairman Cabell to discuss 
the matter with the Governor and Mr. Walker. 
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WHEREAS, under the provisions of Chapter 248, Laws of 
1931; Chapter 196, Laws of 1935; and Chapter 529, Laws of 1939; 
the State Highway Commission, by mutual agreement with the respec- 
tive county courts of the several counties of the State, is author- 
ized and empowered to select, locate, and designate a system of 
secondary state highways, which highways shall be selected from 
the market roads or other county roads, or available locations or 
routes of the several counties; and 


WHEREAS, the State Highway Commission, by mutual agree- 
ment with the Lane County Court of the State of Oregon, has select- 
ed the road or highway hereinafter named, and it is the purpose of 
the Commission to officially and regularly designate and adopt said 
highway as a highway to constitute, together with other highways 
heretofore adopted and/or which may hereafter from time to time be 
added, the system of secondary state highways under the provisions 
of said acts; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
Sta‘.c Highway Commission, all members being present and affirmative- 
ly voting and participating, as follows: 


1. ‘That the following described market road, county road, 
highway, route, or location of a highway in Lane County be and the 
said market road, county road, highway, location, or route, hereby 
is selected, designated, established, adopted and approved as a sec- 
ondary state highway and shall be and hereby is designated as a part 
of the secondary state highway system, to wit: 


An Extension of the Eugene~Swisshome Secondary State High- 
way lo. 220: 


Beginning at the junction of the Territorial State Second- 
ary Highway No. 200 at Veneta with the road or highway 
known as Route "F"; thence easterly via the road or high- 
way known as Route "F" to Eugene, a distance of approxi- 
mately 12.5 miles. 


2. That the said highway shall be and hereby is qualified 
for improvement under the provisions of said Chapter 248, Oregon 
Laws 1931; Chapter 196, Oregon Laws of 1935; and Chapter 529, Oregon 
Laws of 1939; and amendments thereof. 


The Engineer reported the need to place a 50 per cent reduced load 
limit on the Weston-Elgin Secondary State Highway throughout its entire 
length in Umatilla and Union Counties. The Commission by unanimous vote 
adonted the following resolution in regard thereto: 
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WHEREAS, the State Highway Commission, by mutual agree- 
ment with the Lane County Court of the State of Oregon, has hereto- 
fore selected and regularly adopted, as provided by law, the Eugene- 
Swisshome Secondary Highway No, 220, and 


WHEREAS, it is now the intention of the State Highway Com 
mission, by mutual agreement with the Lane County Court of the State 
of Oregon, to eliminate and remove from the system of secondary state 
highways, under the provisions of Chapter 196, Oregon Laws of 1935, 
and Chapter 529, Laws of 1939, the hereinafter described section of 
the Eugene-Swisshome Secondary Highway No. 220, and 


WHEREAS, it is mutually understood and agreed by the State 
Highway Commission and the Lane County Court of the State of Oregon, 
that from and after the adoption of this resolution by the State 
Highway Commission the hereinafter described section of the Eugene- 
Swisshome Secondary Highway No. 220 shall, under the provisions of 
the Laws of Oregon, become a county road, and the construction, re- 
pair, maintenance or improvement, and the jurisdiction thereof, shall 
be exclusively under the County Court of Lane County; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission, all members being present and affirmative- 
ly voting and participating as follows: 


1. That the following described section of the Eugene- 
Swisshome Secondary State Highway No. 220 is hereby eliminated and 
removed from the Secondary State Highway System, to wit: 


A Section of the Eugene-Swisshome Secondary Hi No.220: 


Beginning at the junction of the Siuslaw Highway No. 34 
with the Eugene-Swisshome State Secondary Highway near 
Swisshome; thence in a southeasterly direction along the 
Siuslaw River to Richardson, a distance of approximately 
12.3 miles. 


2. That the said above described section is hereby de- 
clared to be eliminated and removed from the secondary system of 
highways and from and after the adoption of this resolution shall 
become a county road, and the construction, repair, maintenance or 
improvement, and the jurisdiction thereof, shall be exclusively un- 
der the County Court of Lane County, as provided by law. 


3. That this resolution be entered in the minutes of the 
Commission and a duly certified copy thereof mailed to the County 
Court of Lane County. 
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IT IS FURTHER ORDERED, that these rules and regulations 
as made and found by the State Highway Commission under the provi- 
sions of Section 55-2707, Oregon Code 1935 Supplement, shall be in 
full force and effect until modified, annulled or voided by the 
order of the State Highway Commission. 


AND IT IS FURTHER ORDERED, that a notice be posted in a 
conspicuous manner and place at each end of the above-named section 
of said highway and at important crossroads on said highway so that 
said notice can be readily seen and read, which said notice shall 
state plainly the limitations and prohibitions of traffic hereby in 
this order determined and fixed. 


AND BE IT FURTHER ORDERED, that certified copies of this 
order be furnished the county clerks of Umatilla and Union Counties, 
in which counties said highway is located, and the Superintendent 
of the Department of State Police for his information. 


The Commission considered a letter from the Van Vleet Logging Com- 
pany requesting permission to truck logs over the Cannon Beach Road during 
the summer months as well as during the winter months, which operations are 
now being prohibited during the beach season which extends from June 1 to 
September 15, The Commission denied the request in the interests of safety 
to the beach traffic which is extremely heavy at that time of the year. 


The matter of hauling overlength loads of logs on the Santiam High- 
way between Cascadia and Foster had the attention of the Commission. The 
Commission authorized such movements if the logs are not to be resawed later 
and provided hand-operated steering devises are used on the trailers and that 
no part of the load or hauling equipment will extend across the center line 
of the road, The Engineer was instructed to conduct a trial run to determine 
the extreme length of load that can be hauled over this section of highway 
under such conditions, The Secretary was instructed hereafter, before grant- 
ing permits for overlength log movements, to secure an affidavit from the 
operator to the effect that the logs are not to be resawed after delivery. 


The Engineer requested authority to purchase the following equip- 


ment: 


1 gasoline-powered centrifugal portable pump for use in con- 
nection with drainage tunnel construction. Estimated cost 
$140.00 


1 powered lawn mower for Portland division, Estimated cost 
$300.00 


The Commission approved the request by unanimous vote and ordered that the 
purchases be made through the State Purchasing Agent in accordance with the 
usual practice. 
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WHEREAS, the following road or highway has been designated 
and declared to be and is a state highway, and has been improved and 
is being maintained by the State Highway Commission pursuant to the 
laws of the State of Oregon as a state highway, to-wit: 


WESTON-ELGIN SECONDARY STATE HIGHWAY 


AND WHEREAS, the said above-named state highway is, in the 
judg nt of the State Highway Commission, being subjected to a kind 
and -.aracter of traffic which is damaging and injuring the said 
high ay, and, in order to protect said highway against such damage 
and injury, it is deemed and is the judgment of the Highway Commis- 
sion and said Commission finds that it will be for the best interests 
of the said highway that the maximug weights permitted and author- 
ized by law be reduced; 


NOW, THEREFORE, the premises being in part as above stated, 
and the State Highway Commission having, as a result of due investi- 
gation, found that the road above mentioned and hereinafter designat- 
ed is being damaged and injured on account of the kind and character 
of traffic now being hauled over and upon said road; and, by reason 
of the fact that vehicles carrying maximum loads moved at the maximum 
speeds specified by the provisions of the laws of the State of Oregon 
are breaking up, damaging and deteriorating the said road, 


IT IS HEREBY ORDERED, that the maximum weight of combined 
load and vehicle which shall be permitted upon the within-named road 
shall not exceed the weight herein fixed. 


The maximum weights which shall apply to the following 
highway, to-wit: 


WESTON-ELGIN SECONDARY STATE HIGHWAY from Weston, 
in Umatilla County, to Elgin, in Union County, 


shall be as follows: the combined weight in pounds bearing on the 
surface of the highway at contact with the tread of the wheels of 
the front axle of a truck or truck-tractor shall not exceed the 
product of four hundred (400) multiplied by the sum in inches of 
the tire width of the wheels of such axle; and, the combined weight 
in pounds bearing on the surface of the highway at contact with the 
tread of the wheels of any one axle of a vehicle or combination of 
vehicles, other than the front axle of a truck or truck-tractor, 
shall not exceed the product of three hundred (300) multiplied by 
the sum in inches of the tire width of the wheels of such axle; but, 
in no event shall the combined weight in pounds bearing on the sur- 
face of the highway at contact with the tread of the wheels of any 
one axle of a vehicle exceed the maximum limit set by law for any 
one axle, 
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Right of Way - 105-1423 - Banzer Bridge-Mist Section, Nehalem Highway, 
Columbia County, 2nd authorization $800.00 
Total to date $1,450. 

Plans - - - - 106-1423 - Enegren Ferry Section, Coos River Highway, Coos 
County. lst authorization $400.00 

Right of Way - 107-1414 - Powell Butte Section, Powell Butte Highway, Crook 
County. lst authorization - $50.00 

Right of Way - 107-1415 - Riverside Ranch Section, Crooked River Highway, 
Crook County. lst authorization - $300.00 

Plans - - - — 209-1439 - Terrebonne-Lower Bridge Section, Deschutes Market 
Rd. No. 4, Deschutes Co. 2nd authorization - $800. 
Total to date $1,690. 

Location - - 10-1431 - Glendale Junction-Canyonville Section, Pacific Hwy. 
Douglas County. lst authorization $17,000. 

12-1424 - Long Creek-Fox Section, Pendleton-John Day Highway, 

Grant County. 2nd authorization - $300.00 
Total to date $2,150, 

Right of Way 14-1418 - Sam Boardman Park Section, Mt. Hood Highway, Hood 
River County. lst authorization - $90.00 

Right of Way 17-1410 - Wolf Creek~Grants Pass Section, Pacific Highway, 
Josephine County. 2nd authorization - $2500.00 
Total to date $35,100. 

Location 18-1441 - Barclay Springs-Terminal City Section, The Dalles- 
California Highway. 2nd authorization - $2250.00 
Total to date $7650. 

Plans - 20-1437 - Goshen-Lowell Section, Willamette Highway, Lane 
County. 2nd authorization - $727.50. 
Total to date $12,367.50. 

Testing 20-1437 - Goshen-Lowell Section, Willamette Highway, Lane 
County. 2nd authorization - $250.00. 
Total to date $12,617.50. 

Plans - - - 21-1445 - Otter Rock-Agate Beach Section, Oregon Coast High- 
way, Lincoln Co, lst authorization - $300.00. 

Right of Way - 122-1429 - Albany West Section, Corvallis Eastside Highway, 
Linn County. lst authorization - $200.00 

Plans <--- 22-1426 - Albany-Lebanon Section, Santiam Highway, Linn 
County. 2nd authorization - $360.00 
Total to date $2,220. 

Testing - 22-1430 - Foster-Bryant Hill Section, Santiam Highway, Linn 
County. lst authorization - 3150.00 

Stock Pile 22-1431 - Foster—Cascadia Section, Santiam Highway, Linn 
County. lst authorization - $50.00 

Bridge - - 224-1437 - Independence Bridge Section, Marion County Road 
(Slough Rd.),Marion Co. lst authorization $1000.00 

Testing - 25-1409 - Jones Hill-Lena Section, Heppner Highway, Morrow 
County. 2nd authorization - $100.00 
Total to date $500. 

Plans - - 26-1444 - Front Ave.-West End Steel Bridge, Pacific Hwy.West, 
Multnomah County. 2nd authorization $4,500.00 
Total to date $13,000. ‘ 
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The Commission considered and approved the request of Arthur Ervin, 
Los Angeles, California, for permission to operate over certain state high- 
ways in Oregon a truck van having an overall height not to exceed 11! 6", sub- 
ject to the condition that the equipment be properly licensed in the State of 
Oregon and there be sufficient vertical clearance to allow the movement with- 
out endangering highway structures, et cetera. 


The Engineer reported a request from Representative Burt K, Snyder, 
Lakeview, for the construction of a maintenance headquarters and oasis at 
Alkali Lake on the Lakeview-surns Highway in Lake County, and for the stabil- 
ization of the 15-mile section of this highway north from a place known as 
Wagontire, which section, he alleges, is in an extremely bad state of repair. 
He estimated the cost of the maintenance buildings and oasis at Alkali Lake 
at approximately $25,000, and the improvement of the highway at $226,000. The 
Commission discussed but deferred action on both of these projects pending 
personal inspection of each, which is to be made as soon as possible. 


A letter was presented from the Aleutian Livestock Company, Inc. ; 
Salt Lake City, Utah, requesting permission to construct a fence across cei~ 
tain state-owned property adjacent to the Wolf Creek Highway, Clatsop County, 
and inquiring whether or not the State Highway Commission would join with 
them in paying the cost of such fence construction. The Commission decided 
not to grant the company permission to construct its fence on the state prop- 
erty in view of the Commission's established policy in regard to such matters, 
and also refused to cooperate in the cost of the fence. The Secretary was 
instructed to inform the company that it is strictly contrary to the Commis- 
sion's policy to permit fence construction on or across state land; however, 
the Commission would be pleased to see that right of way stakes are set as a 
guide to the company in building its own fences; further, that the Commission 
does not feel obligated to spend state funds for the construction of the 
fences because it considers this is strictly a private undertaking. 


The Engineer presented a list of surveys that he has ordered since 
the last meeting of the Commission and asked the Commission to confirm them 
and the amounts allocated for each. After due consideration the Commission 
authorized and instructed the Engineer to make such location surveys on vari- 
ous sections of the highways of this state, which said sections of highways, 
together with their identifying survey numbers and the amounts authorized and 
allocated for uch survey expenditures are as follows: 


Right of Way - 102-1425 - Pacific Highway West-Polk County Line Section, Tam- 
pico Highway, Benton County. lst authorization $75. 
Right of Way - 102-1425 - Pacific Highway West-Polk Co. Line Section, Tampico 


Highway, Benton Co. 2nd authorization $125. 
Total to date $200. 
Scale Site - - - 2-1426 - Philomath Section, Corvallis-Newport Highway, Benton 
County. lst authorization $75. 
Right of Way - - 4-1450 - Svensen-Goble Section, Columbia Highway, Clatsop 
County. lst authorization $400, 
Plans ----- 4-1432 - Necanicum Junction Section, Wolf Creek and Necani- 


cum Hwys. 2nd authorization $400. Total to date $500. 
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The Commission had under discussion the setting of a date for its 
first regular meeting following that scheduled for April 3 and 4, 1941, and 
decided tc hold such meeting on Thursday and Friday, May 8 and 9, 1941, in 
Portland. The Secretary was instructed to make the usual arrangements to 
hold this meeting in the auditorium of the Public Service Building. The Com 
mission also tentatively set Tuesday, March 18, 1941, as the date for an in- 
terim meeting to be held in Portland to dispose of accumulated routine matters 
and to confer with the City of Portland Commission regarding the Front Avenue 
Project. (It was later decided to hold the interim meeting on Monday, March 
24, when it is expected that the order of the Public Utilities Commissioner 
relative to the Front Avenue Project will be avaitable.) 


The Commission considered and signed agreements, et cetera, as fol- 
lows: 


Agreement with Lane County providing for improvement of the 
Richardson-Siuslaw Junction Section of the Eugene-Swisshome Sec- 
ondary Highway, in Lane County, as a cooperative project between 
the county and the state, the state's share of the cost to be one- 
third of the estimated total cost of $4,000; the work to be done 
by county forces. 


Agreement with The Pacific Telephone and Telegraph Company 
providing for the use of two telephone poles for the suspension of 
a traffic signal at the intersection of Kingwood Avenue and Edge- 
water Street, in West Salem. 


Agreement with The Pacific Telephone and Telegraph Company 
providing for the use of one telephone pole for the suspension of 
a traffic signal at the intersection of Clark and Edgewater Streets, 
in West Salen. 


Agreement with The Northern Pacific Terminal Company of Oregon, 
providing for the installation of an automatic grade crossing signal 
at Crossing 7A-0.59 on Northwest Front Avenue, Portland, more parti- 
cularly at the Broadway Bridge crossing. 


Agreement with the 0.W.R.& N. Company, Union Pacific Company, 
and Southern Pacific Company, pertaining to the use and maintenance 
of the upper deck of the Steel Bridge in Portland for state highway 
traffic. 


Agreement with the Board of County Commissioners, Multnomah 
County, relative to the use and maintenance of the upper deck of 
the Steel Bridge in Portland as a state highway. 


Agreement with the Bonneville Power Administration providing 
for construction of a power transmission pole line over and across 
certain state highways in Clackamas and Washington Counties, being 
in Connection with the Bonneville-Oregon City transmission line, 


Plans 


Plans 


vote 


128-1412 - Fulton Canyon~Locust Grove Section, Fulton Canyon- 
Wasco Hwy,, Sherman Co. lst authorization $1,500. 
- - - = 231-1423 - West Ranch-Island City Section, Island City~Sumer- 
ville Co.Rd.,Union Co. lst authorization - $400, 

---- 32-1407 - Enterprise-Forest Boundary Section, Unit 1, Enter- 

prise-Lewiston Highway, Wallowa County. 
lst authorization $1,400. 
-~ - - - 134-1428 - Forest Grove-Banks Section, Nehalem Highway, Wash- 


ington County. lst authorization - $400. 
---- 34-1429 - Sylvan-West Slope Section, Tualatin Highway, Wash- 
ington County. lst authorization - $700. 


Right of Way - 36-1426 - Lafayette-Dayton Junction Section, Pacific Highway 


West, Yamhill County. 1st authorization - $25. 


The Commigsion considered a request from contractor Arthur T. Fox 


for an extension of time of 22 days, from November 15 to December 7, 1940, 
within which to complete his contract No. 2333 with the State Highway Commis- 
sion for landscaping work at the Medford maihtenance station on the Pacific 
Highway, in Jackson County. He alleged that his failure to complete the proj- 
ect within the specified time limit was due to adverse weather conditions and 
orders from the Landscape Engineer to postpone the planting of certain shrubs. 
The Engineer advised that the reasons given by Mr. Fox for failure to complete 
the job within the specified time limit are correct. He recommended the 
granting of the extension of time requested without penalty. The Commission 
approved the recommendation. 


In connection with this matter the Engineer reported that Mr. Fox 


completed the job on December 7, 1940, in accordance with the provisions of 
the contract or modifications thereof. He recommended acceptance of the pro} 
ect at this time. The Commission approved the recommendation and by unanimous 


adopted the following resolution in regard thereto: 


WHEREAS, the Engineer has reported that the following 
State Highway Commission contract for the construction of a state 
highway project has been completed according to the terms and pro- 
visions of the contract and said job is now ready for acceptance: 


Contract No. 2333, with Arthur T. Fox, for land- 
scaping work at the Medford maintenance station 
on the Pacific Highway, in Jackson County. Com- 
pleted December 7, 1940. 


THEREFORE, BE IT RESOLVED that the work covered by said state 
highway contract for the construction of said state highway project be 
declared completed according to the terms of the contract, and said 
job is hereby accepted and final payment in connection therewith is 
hereby authorized. 


Agreement with The Portland General Electric Company provid- 
ing for the use of two of the company's poles for the suspension of 
traffic signals at Edgewater Street and Clark Street, in West Salen. 


Agreement with The Portland General Elec’ ric Company provid- 
ing for the use of three of its poles for the suspension of traffic 
signals at the intersection of Edgewater Street and Kingwood Avenue 
in West Salem. 


Bargain and sale deed conveying unto Coos Bay Dredging Company 
Lots 17 and 18 in Block 33, Asburg’s Addition to Marshfield. Right 
of way files No. 8080 and No. 8254. 


Bargain and sale deed conveying unto Lester Sell 2.36 acres of 
land situate in the SE} of the NE} of Section 23, Tcwnship 2 North, 
Range 4 West, Washington County. Right of way files Nos. 8557 and 
6276. 


Bargain and sale deed conveying unto Leon V. Mix and Edith M. 
Mix lots 7 and 9, Block 13, Crescent Addition to Depoe Bay. Right 
of way files Nol 8644 and No. 6192. 


There being no further business to come before the Commission at 
this time the meeting was adjourned at 6:00 p, m 
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Agreement with Bonneville Power Administration authorizing cons 
struction of a power transmission pole line over and across the O'Neil 
Secondary State Highway No. 370 in Deschutes County. 


Agreement with the United States of America, Department of Agri- 
culture, Forest Service, providing for snow removal operations on the 


Timberline Lodge Road. 


Lease agreement with Mary C. Hale, et al, providing for lease of 
0.35 acre of land in Lane County for stock pile purposes. Right of 
way file R 8309. 


Lease agreement with the heirs of Andrew Smith and Department of 
Interior, Indian Affairs, providing for lease of a stock pile site 
near Roads End, in Lincoln County. 


Agreement with L. E. Bierce authorizing construction and opera- 
tion of a logging road across state-owned property adjacent to the 
Salmon River Highway. 


Agreement with W. W. Harris authorizing construction and opera- 
tion of a logging road across state property adjacent to the Salmon 
River Highway. 


| 
; 
| 
| 
| 


Agreement with Paul Borg granting Mr. Borg permission to use 
water from a spring located on state-owned property in Columbia County. 


Agreement with Strong and McDonald relative to the removal of 
rock from a state-owned quarry at Bandon. 


Agreement with G. M. Giesendorfer covering acquisition from lr. 
Giesendorfer of certain property known as Cascadia Park situate ad- 
jacent to the Santiam Highway at Cascadia, Linn County. 


Agreement with Oregon Baptist State Convention providing for 
the surrendering of all its right, title, and interest with respect 
to the use of a portion of Cascadia park property. 


Agreement with United States of America for an easement for 
right of way and for fence construction on the Central Oregon High- 
way, in Malheur County. 


Agreement with the California~Oregon Power Company for the use 
of a power pole in connection with the suspension of a flashing bea- 
con in the city of Drain. 


Agreement with the City of Drain providing for the use of two 
power poles for the suspension of two traffic signal suspension 
cable guy attachments near Fourth and B Streets, in Drain. 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Sunset Tunnel-Buxton Section, Wolf Creek Highway 
8925-Forrest, Rose Quarry 5.50 $72.73 per acre McChesney 


Davies-Vadis Section, Wolf Creek Highw 

9012-Peterson, Carl 0. R/W 3.74 $150 per a.+$187 Benson 

6516-Cuene, Martine 2.29 $50 per a. +$53.75 
fencing 


Multnomah County Line-Scappoose Section, Columbia River Highway 
8350-School District #1 R/W 4600 sq.ft. 5¢ sq.ft., + $27 
+ fencing McChesney 
8351-Union High School R/y 9033069" =" ~«=—«45¢ sq.ft. + $202.38 " 
District #4 


Quinton-Ramsey Section, Columbia River Highway 
8943-Philippi, Roy R 42.57 $12 per a. + fencing DeSouza 
$2 


Slope McChesney 
Co. Easement 


Vandehey Section, Nehalem Hignwa 
9072-Derzanden, Edw. H. Ri $150 per a. + $35 McChesney 


g07l-McBeth, Denna W. and R/i 0.23 #150 per a. + 
Margaret A. $42.50 " 
9067-Vandehey, Wm. EB. R/W 0.10 $150 per a. + fenc- "% 
ing $27 
9069-Smith, Wilhelmina R/W 0.51 $150 per a. plus 
$108.75 


$2 Land plus $3 McChesney 
8964-Banzer, Frank $100 per a. +$54 " 
8963-Banzer, Peter RAW $100 per a. +$85.80 " 
8962-Berg, Norman L. ct al R/W%& 0.5 a. @ $100 per a. " 
Stock Pile 1.23 a. @ $50 per a. 
plus $7.20 
8968-Libel, John 0. R/W 1.33 a. @ $100 per a. " 
055 a. @ $50 per a. 
-25 a. @ $21 per a. 
Plus $249.80 
Glenwood-Washburn Section, Wilson River Hi; 7 
8667-Hankins, Irene I $700 Lump Sun Benson 
8675~-Drake, Sherman T. 
(Correction) R/W 9100 per a. plus " 
fencing $76.50, plus 
moving bldg. $390 
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Portland, Oregon, March 24, 1941 


The State Highway Commission met in regular session at 9:00 a. nm. 
in Room 415 (Imperial Room) of the Imperial Hotel. Present were: 


Henry F. Cabell, Chairman 

Huron W. Clough, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


Commissioner Herman Oliver was excused from attending this meeting. Also 
present were: W. H. Lynch, District Engineer, T. M. Davis, Senior Highway 
Engineer, H. D. Farmer, Senior Highway Engineer, and R. T. Bloodsworth, rep- 
resenting the Public Roads Administration. 


The Attorney requested authority to acquire certain parcels of real 
property that are needed for various highway improvements throughout the state. 
He submitted a list of such properties together with prices that he recom- 
mended be paid for each. After careful consideration the Commission approved 
the request and by unanimous vote adopted the following resolution in regard 
thereto: 


WHEREAS, in connection with the further improvement of 
the highways hereinafter designated, it is and has been necessary 
to acquire property for right of way, quarry sites, gravel or other 
material sites, or sites for the storage of materials, as herein- 
after more definitely set forth, and 


WHEREAS, as a result of negotiations carried on with the 
owners of the property required, options have been obtained, which 
options have been considered by the Commission, outlining the bases 
of settlement which have been agreed upon, and 


WHEREAS, it is the judgment of the Commission that the 
said options should be approved and accepted, and/or the said re- 
ports be declared acceptable to the State Highway Commission as 
bases of settlement for the properties involved, and that the ac- 
quisition of the properties should be completed: 


NOW, THEREFORE, BE IT RESOLVED that the several offers, 
or bases of settlement hereinafter enumerated be, and the same here- 
by are, approved and accepted, and that the Attorney for the State 
Highway Commission be, and he hereby is instructed to complete the 
acquisition of the said properties and to take title thereto in the 
name of the State of Oregon. The said properties hereby ordered 
and authorized to be acquired are as follows: 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Onion Flat Section ific West 
9103-Eisinger, Morris 0.18 $133.33 per a. plus Cozad 


fencing $36,plus $7.50 Collins 
9107-Weckert, Ella L. R/W 0.11 $431.81 per a. plus n 
$50 
Rickreall Section, Salem-Dallas Highway 
8 Dempsey, Harry A. et al. Stock 4.86 $164.60 + per acre Cozad 
Pile Collins 


Alb Lebanon Section, Santiam Hi 


9134-Rogers, J. L. and Evotk Pile 1.5 $225 Lump Sum for Eason 
Ralph D. Erner Land, plus fencing 
West Sheridan Section, Salmon River High 
9031-Huntley, E. M. Slope 2100 sq.ft. GRATIS Collins 
Easement 
8892-Yamhill County R/W 6400 sq.ft. GRATIS " 
West Side Pacific Junction-Soap Creek Section, Tampico-Lewisville Highway 
9084-George, M. S. Stock 1.0 g100 per a. plus Eason 
Pile — fencing 


Eugene Section, Pacific Highw 
S00b Saville. Clarenge R/W 14 sq.ft. 13¢ sq.ft., plus Parker 
n 


8805-Richardson, Jason Ellis * 5355 = 13¢ sq.ft. 


8863-Seal, Frank n 1.40 $653.40 per a., paus " 
$70 

@80l-Wintermeier, G. A. " 6970 sq.ft. 13¢ per sq. ft. n 
8864-Seal, Frank and A. D. 

Clink n 1.03 $653.40 per acre « 

8800-Dunsmore, Rant E. " 6970 sq.ft. 13¢ sq.ft. plus " 

g92l " (Approx.) $180 Lump Sum 

8799-Seal, Frank H. " 20,910 " 1$¢ sq. ft. - State to" 


convey approx, 8921 sq. 
ft. consideration $180 


8866A-Collins, P. C. " 20,100 * ls¢ sq. ft. " 

8867-Ives, Harold W. " 19,650 * 1s¢ sq. ft. " 

3979-Fenn, R. " 61,350 * ut sq. ft. n 

g978-Olsen, Emil é. " 22,226 " 18¢ sq. ft. plus " 
$269.17 

8792-Peters, H. H. ® 5,000 " 4¢ sq.ft.,plus lam " 


2,000 " 2¢ sq. ft. plus 


8790-Siglo-Sawyer Company " 7,831 * 
8785-Foreman, John T. et al. " 4.795 acre 
8948-Stewart, Katherine " (18,000 sq.ft.)$350 per lot,+ $4000 
2 Lots 
8976-Landon, H. L. " 8,384 sq.ft. 13¢ sq.ft.,plus moving " 


bldgs. (Est. $150) 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Ramsey-Blalock Section, Columbia River Highway 
8404-0.W.R.& N. Co. Encroachmt. $35 DeSouza 


Easement Easement 


Hood River Section, Hood River Secondary #28) 
9175-Hood River County «67 GRATIS Chandler 


Quarry 
Buxton-Manning Section, Wolf Creek Highway 
7402k-Pihl, H. lM. Easement 0,82 Road & Pipe Line McChesney 
Easemt. for 1 yr. 
. GRATIS 


West Portland-Tualatin Section, West Portland-Hubbard Hi 
36Z5-Agnes Young Estate a] 20.0 $8000 Lump Sum Benson 


(and Merie Shearer et al) 


Siletz -Newport Section, Oregon Coast Hi 
4190-Braly, Katherine P. 1 9856 sq.ft. 9¢ sq. ft. + $649.90 Collins 


(Correction) 
Roads End, Oregon Coast Highway 
9066-Smith, Andrew, Heirs Stock 0.74 2 yr. lease @ $25 DeSouza 
Pilé per year plus $1 


Bandon Section, Oregon vYoast Highway 
5358-B-Panter, a ¥. 


(Correction) R/W Damages by reason of grade 
change, 3,997.40 Parker 


Tupper Quarry-Bandon Section, Oregon Coast Highway 
9034-Coos County Quarry 0.92 $84.17 Schannep 


Depoe Bay Section, Oregon Coast Highwa) 
Mi 375 sq.ft. 10¢ sq. ft. 


4137-Schoonmaxer, Matilda R 
Slope Esmt. 


Port Orford-Brush Creek Section, Oregon Coast Highw 
8696-Roche, Harold Ri 2.34 $130 per a.+ $120.80 Devers 


Walton-Noti Section, Eugene-Swisshome Highwa 
8809-Hale, Mary C. et al Stock Pile 0.35 3 yr. lease @ $5 Stiffler 


Collins 


per year 

Yamhill-Newberg Section, Yamhill-Newberg Highw 

9085- Goodburn, Mae, Stock Pile 0,89 $112 + per acre Cozad 
Anderson, Margaret Collins 


and Anna 


— id eee Re ee 
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Section, Hwy., and Omer Purpose Acres Approximate Amounts Agent 


Boardman-S eld Section, Old Oregon Trail Hi 
8824-Umatilla County 


8858-Wattenberger, Wm. J. $50 per a., plus 
Estate & Harry J. fencing $34.50 


Andrews 
8847-Andrews, Harry J. and $75 per a. plus « 
Edna Banister Fisk $103 
8848-Coffman, Ed & Gerald $50 per acre ad 
Coffman $80 per acre, plus 
$72 fencing; plus $7.50 
8844~Andrews, Fred and Joe 
Andrews ° $50 per a., plus ed 
fencing $823 
8773-Northern Pacific Ry Co. $5 per acre 
$10 per acre 


8856-Rueber, A. Jd. $175 per a. plus fenc- 
ing $19.50,plus $75 
8857-Rueber, R. J.(Estate) - $25 per acre 
8855-Furnish Investment Co. , Easement Gratis, plus 
& Stanfield Irrigation Easement $105 
District 
8832-A-Denney, John, and R/W 2.94) $75 per acre 
Federal Land Bank of Gravel Pit ht $25 per a.plus $248.60 
Spokane 6.37 
8849-Bell, J. V. and Albert 
N. Boggs R/W 1.24 $75 per a.plus $48.50 
8852-Correa, Jesse, Jr. RAW 3.18 $125 per a., plus 
$992 


8851-Correa, Jesse R/W 3.17 $125 per a. plus 
$1065 


Front. Avenue Project-Columbia Street South (Portland Pacific . West 


8198~Jewish Ladies Endeavor R/W 2,500 sq.ft. $3,500 McCallister 
Society 
8192-Griep, George " 2,500 * 1,500 
8226-Kimmel, Robt. G. and 
Fred Nunnenkamp 6,650 " 3,200 
9089-Smith, Flora A. 10,700 " 1,750 
8013-City of Portland 21,436 " 17,150 
8264-Bonaro, Le Pe 2,500 " 1,750 
8733-Rogoway, Toge and David 
Friedman bd 5,325 3,100 
8649-Wade, Amelia E. n 15,975 11,500 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Alzoma-Terminal City Section, The Dalles-California Hi 
8544-Steinmetz, Alfreda R/W 0.70 $227 per a.plus $76, Gardiner 


plus fencing 
8531) 
8542)-Klamath Development Co. " 13.83 $100 per a. Parker 
8541) 0.51 $50 per a. 


5.28 $25 per a., plus 
i962 ~—=s fencing $640, plus 
$319.50 


Lake Creek-Hanley Ranch Section, Little Butte Highway 


8713-Damon, Lloyd L. 


(Correction) R/V 9.66 $150 per a., plus Gardiner 
$2001 
Lava Falls-Dast Forest Boundary Section, Century Drive Highway 
8703-Great Northern Ry. Co. Stock Pile 1.14 5 Lump Sum Devers 
Ramsey-Blalock Section, Columbia River Highw 
8398A-Northern Pacific Ry. R 0.15 $5 Lump Sum Landon 


Co. 


Warm Springs Highwa 
8.16 $20 per a.t+ fencing Benson 
$344, + $40, + mov 

ing bldgs (Est'd at 

$650) + drilling well 
(Est'd at $360), plus 
reestab.pump & windmill 
tower (Est'd $75) 


Jefferson County Line-Prineville Section 
7829-Furuset, Oscar R/W 


7672-Williams, Claude F. 
(Supplemental) RAW 4.113 $100 per a.+ $254.50 Benson 


Gilliam County-Zinter Ranch Section, Wasco-Heppner Highw 

8928-Sechneider, Carl R/T y BL, $25 per aet+ $550 Gardiner 

8933-Parman, Kate Wy 1.24 $52.42 per a., plus bs 
$153.15 


Jones Hill-Lena Section, Heppner Highway 
8913-Bailey, Stella Jones Quarry & 7.73 48.50 + per acre, Gardiner 


R/W + fencing | 


Catherine Creek Section, Medical Springs Highwa 


8746-Hall, G. E. & Oregon Gravel Pit 
State Board Higher Stock Pile 6.74 g10 per a.,plus $95, Landon 
Education plus fencing 


10175 


Real property owned by Laurence Bauman and Winifred 
Bauman, which property is located in the Prior F. Blair 
D.L.C.#39 in Section 36, Township 17 South, Range 4 West, 
W. M., Lane County, Oregon, and is more particularly de- 
scribed on the attached sheets and designated as Parcel 
No. 1 and is further identified in the records of the 
Highway Commission as file R 8803, and which property is 
being acquired for right of way purposes in connection 
with the Pacific Highway3;* 


Real property owned by Olga Victoria Johanson and 
Hans Johanson, which property is located in Lots 1 and 2, 
Block 3, West-Moreland Addition to Eugene, Lane County, 
Oregon, and is more particularly described on the attached 
sheets and designated as Parcel No. 2 and is further iden- 
tified in the records of the Highway Commission as file 
R 8794, and which property is being acquired for right of 
Way purposes in connection with Secondary Highway No. 224;* 


Real property owned by Dan Bowman, which property is 
located in the northwest quarter (NW) of the northeast 
quarter (NE of Section 8, Township 3 North, Range 29 East, 
W. M., Umatilla County, Oregon, and is more particularly 
described on the attached sheets and designated as Parcel 
No. 3 and is further identified in the records of the High- 
way Commission as file R 8859, and which property is being 
acquired for the purpose of securing roadbuilding materials 
therefrom in connection with the Boardman-Stanfield High- 
way .% 


2. That the Comnission does hereby find and declare that 
each of the said described parcels of real property is necessary 
and acquisition of the same by the State is required for the specif- 
ic purposes hereinabove set forth, and the said properties are being 
acquired for the express and specific purposes in this resolution 
set forth. 


3. That the State Highway Engineer be and he hereby is 
instructed and directed to make or cause to be made all surveys 
necessary in connection with the determination, des¢ription, and 
acquisition of said real properties, and said Engineer is further 
instructed to prepare and submit to the Legal Department necessary 
and adequate descriptions of the said real properties, which said 
descriptions shall be available for the preparation of any deed or 
deeds or other instrument or instruments necessary to complete the 
acquisition of said property or properties, whether said properties 
be acquired by purchase, donation, agreement, or by the exercise of 
the power of eminent domain. 


4. That I. H. Van Winkle, Attorney General of the State 
of Oregor:, and J. M. Devers, Assistant Attorney General and Attorney 


. _ a 
co 2 ae 
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The Attorney also requested authority to institute condemnation 
proceedings to acquire other properties that are needed for highway pur- 
poses, in connection with which he has been unable to reach satisfactory 
settlements. He submitted the following list of properties to be condemned, 
together with offers that he recommended for each item: 


File No. Name Purpose Required Recommended Offer 

8859 Dan Bowman Gravel Pit $750.00 Maximun 

8832 #Federal Land Bank of Spokane R/W $1500.00 * 
(Sold to W. P. Smith) 

8803 Laurence Bauman R/W $550.00 

BNL Olga Victoria Johanson R/W $350.00 


After discussion the Commission approved the Attorney's request and the recom- 
mended offers and thereupon adopted the following resolution relative thereto: 


WHEREAS, the State Highway Commission is authorized to 
locate, relocate, construct, reconstruct, maintain, widen, straight- 
en, and otherwise improve state highways, both primary and second- 
ary, and said Commission is also authorized to construct shops, 
equipment sheds, office buildings, maintenance sites, patrolmen ac- 
commodations, and snow fences, and is authorized to acquire quarry 
sites, gravel pits, storage sites, stockpile sites, weighing sta- 
tions, and broadcasting stations, and is further authorized to 
develop, construct, improve, operate, and maintain parks, parking 
places, auto camps, camp sites, roadside development, recreational 
grounds or resorts, and other places of attraction and scenic value; 
and 


WHEREAS, said Highway Commission is authorized to acquire 
by purchase, agreement, donation, or by the exercise of the power of 
eminent domain real property, or any interest therein, necessary or 
deemed by the Highway Commission necessary for the accomplishment of 
any and all of the foregoing things; and 


WHEREAS, in the judgment of the Highway Commission the sev- 
eral tracts or parcels of land hereinafter described are each and all 
necessary for the specific and particular purposes hereinafter specif- 
ically set forth; 


ee ee 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission as follows: 


1. That the Commission does hereby find and declare that 
the several parcels of real property hereinafter described are each 
and all necessary for the accomplishment of the purposes hereinafter 
expressly and specifically set forth, which said real properties and 
the specific purposes for which the same are being acquired are de- 

to wit: 


scribed as follows 
#See Condemnation Resolution No.8, February 28, 1941. 


At. Chairman Cabell's suggestion the Commission approved an expenditure of 
$600 for oiling the area between the highway pavement and the business 
buildings so as to provide a suitable place for the parking of automobiles, 
except the center portion of such area which is to be landscaped, 


The Commission referred to the Attorney Mr. Lampman's request for 
the vacation of the third parcel with instructions to discuss the same with 
Mr. He B. Van Duzer, former chairman of the State Highway Commission, inas- 
much as Mr, Lampman alleges that he was informed by Mr. Van Duzer, at the 
time that the highway alignment was revised, that all of the land between his 
property and the new highway would be abandoned by the Commission in his 
favor. The Attorney was instructed to secure a written statement from Mr. 
Van Duzer with respect to this matter, if possible. 


The Commission discussed with Messrs. Lynch, Davis, Farmer and 
Bloodsworth matters pertaining to the forest highway program and the proposed 
strategic military highway system. Mr. Lynch advised that indications now 
are that Congress will not appropriate the full amount recommended for the 
1941 forest highway program, the House of Representatives having already tak- 
en action reducing the total amount of the appropriation from $11,000,000 to 
$9,000,000, and it now appears that the forest highway program must be revised 
somewhat to harmonize with this reduction. He recalled that Oregon's share 
of the recommended appropriation was approximately $1,119,000, and pointed 
out that under the new setup the amount would be reduced by about $375,000, 
which means that certain projects heretofore approved for such program must 
be deleted therefrom, at least temporarily. Mr. Lynch also pointed out the 
possibilities of the government requiring that forest highway funds be ex- 
pended on the strategic military highway system, and that there is a question 
whether or not the funds heretofore tentatively approved for the Timberline 
Lodge and the Cascade Lakes forest highway projects will be eligible inasmuch 
as they are not in this class. After considerable discussion the Commission 
agreed to revise the program to fit the moneys available, it being understood 
that the projects eliminated are to be given priority in the next forest high- 
way program, Due to the absence of Commissioner Oliver a final decision in 
the matter was deferred until the April 3rd meeting of the Commission at which 
time it is proposed to confer with the Public Roads Administration officials 
and officials repr:senting the United States Forest Service to select the 
projects which are to be deferred, 


The Attorney reported the status of the acquisition of right of way 
that is needed for the reconstruction of the Port Orford South Section of the 
Oregon Coast Highway, in Curry County. He advised that satisfactory settle- 
ments have been reached with all of the property owners except Mr. Knapp, who 
owns the hotel property. He read aloud a letter from Mr. Collier H. Buffing- 
ton, Gold Peach, Attorney for Mr. Knapp, in which the Commission is advised 
that Mr. Knapp values his property at $15,000, but will accept the sum of 
$12,500 as a compromise settlement. He recalled that the Commission previous- 
ly authorized an offer of $10,000. Mr. Lynch stated that he is ready to pro- 
ceed with the contracting of this project as soon as he is assured by the 
Commission that the contractor can enter upon all of the right of way at once, 


for the State Highway Commission, be and they are hereby requested, 
authorized, and directed to attempt to agree with the owner or own- 
ers and/or with the tenants or persons in possession, if there be 
any, of said parcel or parcels of land with respect to the compensa~ 
tion to be paid for the taking of the same and the damage, if there 
be any, and in the event that no satisfactory agreement or agree- 
ments can be reached, then it is hereby further resolved that the 
Attorney General of the State of Oregon and J. M. Devers, Assistant 
Attorney General and Attorney for the State Highway Commission, be 
and they hereby are requested to commence and prosecute to a final 
determination such suit or action, or suits or actions, as may be 
necessary and appropriate to acquire title to the said premises and 
all rights therein for the purposes herein stated. 


5. That this resolution be entered in full in the minutes 
and records of this Commission. 


*#(The detailed descriptions of the respective parcels of real prop- 
erty mentioned in this resolution are attached to the original reso- 
lution on file in the office of the State Highway Commission, Salem, 
being Resolution No. 9, under the heading "Real Property Condemna- 
tion Resolutions", and said descriptions by this reference are made 
a part of this minute entry to the same extent as if copied in full 


herein.) 


The Attorney reported results of a conference with Mr. L. A. McClin- 
tock relative to the purchase of right of way needed for the Boardman~Stanfiel 
Highway across Mr. McClintock's property in Umatilla County. He gave as his 
thought that Mr. McClintock would settle for the sum of $3,500 if the state 
would construct for him a cattle pass and do other thirgs of a minor nature. 
The Commission approved settlement on such basis subject to further investiga- 
tion by the Engineer relative to the probable cost of doing the extra things 
that Mr. McClintock demands. 


Reconsideration was given by the Commission to the matter of aban- 
doning three small parcels of the former right of way of the Oregon Coast 
Highway near Nelscott, Lincoln County, particularly two parcels fronting on 
property owned by Mr. Charles P. Nelson, Nelscott, and one fronting property 
owned by Mr. Ben Hur Lampman, Portland. The Commission decided to abandon in 
favor of Mr. Nelson one of the parcels desired by him, described as follows: 


That portion of property lying on the westerly side of the re- 
constructed center line of the Oregon Coast Highway between mile 
post 979+50 and 988+50 


but decided to retain the other, which is situate in front of the Nelscott 
business buildings, at the intersection of the highway with Washington Street. 
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condemnation from Joseph Puzanowski Parker, et al. He stated that the attor- 
ney for the omer of the property demands interest payment of $78.58; further, 
that the United States Supreme Court has decided that interest payments in 
connection with purchases of this kind area legitimate expense if the proper- 
ty is occupied by the plaintiff before the trial is conducted. However, the 
Oregon Supreme Court holds that the state cannot be required to pay interest 
unless there is statutory authority for the same. He recommended, if the 
Comaission approved payment of the claim, that a voucher in the amount of the 
charge be submitted to the Secretary of State along with a statement of the 
facts involved. The Commission decided in view of the Attorney's report that 
it has no alternative but to pay the charge, and accordingly approved the 
same for payment. The Commission thereupon signed a letter containing a 
statement of the facts in the case and ordered that it be attached to the 
voucher for the information of the Secretary of State. 


The Commission discussed the purchase of timber strips along the 
Salmon River Highway, from the Miami Corporation. Chairman Cabell advised 
that when this matter was last discussed it appeared that the Miami Corpora- 
tion had raised its price for certain timber stumpage; however, a more thor- 
ough study of the facts reveals that such: is not the case and that the com- 
pany's most recent statement is in accordance with its original offer. In 
the discussion of this matter the question arose whether to proceed with the 
ecquisition of this property, using state funds, or to wait until it is known 
definitely whether or not it will be possible to secure federal aid funds for 
the purpose, It was decided to defer the purchase until the rules and regu- 
lations governing the expenditure of the federal moneys is received and it is 
known whether or not they can be used for this purpose, In the event that 
federal funds cannot be obtained then the purchase is to be made with state 
funds, The Attorney was instructed to inform Mr. Mills, who represents the 
Miami Corporation, of the facts and to assure Mr. Mills that the State High- 
way Commission intends to purchase these timber strips regardless of whether 
or not the Public Roads Administration will approve an expenditure of federal 
aid funds for the same, 


The Attorney submitted a status report on the controversy concern- 
ing the removal of a privately-owned cottage from Casey State Park, in Jackson 
County, He said that the owner of this cottage, a Mrs. Van Dyke, alleges 
that she has been assured by Governor Charles A. Sprague that she will not be 
evicted from the premises and her representative, a Mr. Lamport, Salem, sug- 
gests that the Commission confer with the Governor relative thereto. Chair- 
man Cabell stated that he would speak to the Governor about the matter. 


The Attorney presented a letter from Wm. G. Hare, Lawyer, Hillsboro, 
in regard to a right of way purchase from Charles S. Bateman, in which Mr. 
Hare advises that Mr. Bateman desires to make a settlement outside of court, 
if possible, and suggests a hearing in his office for the purpose of ascer~ 
taining whether or not an agreement can be reached. Thé Attorney advised 
that the right of way is needed for the Glenwood-Washburn Section of the 
Wilson River Highway. The Commission approved the conference with the under- 
standing that Chairman Cabell would inspect the property prior thereto. The 
Attorney was instructed to secure, if possible, a permit of entry so that the 
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excepting the Knapp property, which is in controversy, and that the contractor 
can enter upon the Knapp property by June 1, 1941. The Commission authorized 
the Engineer to give Mr. Lynch such assurance by letter. 


A communication was presented from the Consolidated Supply Company, 
Portland, requesting permission to utilize for a period of two or three 
months as a storage site, a small parcel of property that the state acquired 
for the Front Avenue improvement, Portland, same being 50 feet by 100 feet in 
dimension and situate at the southeast corner of Front Avenue and Everett | 
Street. The Company advised that it previously rented this property from the | 
former ower, the Southern Pacific Company, and that it simply wants to con- 
tinue the use of it until they can make arrangements for another site. The 
Commission appeared favorably inclined to grant the request if the company 
will pay a rental charge equal to that heretofore paid the Southern Pacific 
Company. The matter was referred to the Attorney for handling. The Attorney 
reported later in the session, at which time the Commission authorized the 
renting of the property to the Consolidated Supply Company at the rate of $25 
per month. 


The Commission adjourned at 12:30 p. m. and reconvened at 2:30 p. m, 
in the same room with the same persons present and participating. 


Mrs. Stella Jones Bailey, Portland, came before the Commission in 
regard to the construction of a private roadway approach to the Heppner High- 
way, in Morrow County, from her property fronting on the Jones Hill Section, { 
which matter has previously had the attention of the Commission, She asked 
the Commission for a decision in the matter. The Engineer advised that a 
roadway suitable for Mrs. Jones's purposes can be graded and rocked for about 
$400. He recommended approval of the expenditure to fulfill an obligation 
inherited from Morrow County whereby the County agreed to build such roadway 
as a right of way consideration when it acquired the right of way for the 
highway. After discussion the Commission approved the recommendation on the 
basis of a maximum expenditure of $400. 


Messrs. M. J. Lynch and R. D. Hoyt, representing the United Con- 
tracting Company, Inc., came before the Commission in regard to the reaward 
of the contract for the St. Helens Section of the Columbia River Highway in 
Columbia County, bids for which were taken by the Commission on February 27, 
1941. They gave as their understanding that contractor Roy L. Houck, who was 
the low bidder for this project and to whom the Commission awarded the con- 
tract, has defaulted and has paid into the state highway fund the amount of 
his bid bond, and accordingly urged the Commission to reaward the contract to 
the United Contracting Company which submitted the second-low bid for the work. 
They were informed that the award of a contract to the second-low bidder in- 
volves a policy of the State Highway Commission and the Commission wants a 
little time to think the matter over before establishing such policy. Furtha~ 
more, it involves an expenditure of federal funds, so the Commission must 
of necessity discuss the matter with the Public Roads Administration officials. 
The Commission agreed to make its decision within the next few days, 


The Attorney requested instructions relative to the payment of an 
interest charge in connection with a settlement for right of way acquired by 


was pointed out in the discussion that permits have already been issued 
for power and telephone pole line construction on these highways; that of 

the Pacific Power and Light Company occupying the westerly side of the right 
of way one foot distant from the westerly right of way line, and the other 
side of the highway being reserved for telephone pole line construction. It 
was also brought out that the permit issued to the Pacific Power and Light 
Company contains provision for joint use of poles of the company by any com- 
pany hereafter applying for a location on this highway, but upon terms mutu- 
ally agreed upon, and if a mutual agreement cannot be reached by both, then 
upon such terms and conditions as the Oregon Public Utilities Commissioner 
may prescribe. The Commission offered no objections to the occupation of the 
highway right of way by the poles of the Bonneville Power Administration pro- 
vided a mutual agreement can be reached with the Pacific Power and Light Com- 
pany for the joint use of poles along sections covered by permits heretofore 
issued to the Pacific Power and Light Company. The Commission instructed the 
Attorney to inform the Bonneville Power Administration of its findings and to 
prepare for the Commission's signature a letter directed to the Pacific Power 
and Light Company requesting its cooperation in arranging for a joint use of 
poles with the Bonneville Power Administration. (Such letter was prepared by 
the Attorney and was signed by the Commission later in the session. See let- 
ter dated March 24, 1941. Legal Department file R 9182) 


The Engincer brought up for discussion the matter of permitting the 
use of state-owned scales for weighing privately-owned trucks to determine 
the weight of such vehicles for use in obtaining licenses. He advised that 
he discussed this matter with Mr. Charles P. Pray, Superintendent of the De- 
partment of State Police, who gave as his opinion that the use of the scales 
for such purpose would establish a bad precedent and would constitute unfair 
competition with privately-owned scales; further, that Mr. Pray does not be- 
lieve that commercial weighing cf trucks is a proper function for the state 
police--in any event his men are not equipped to certify truck weights-~and 
under present conditions he has insufficient force to guarantee that he can 
assign police officers to do such work upon call. In view of this report the 
Commission decided not to permit the use of state-owned scales for this pur- 


pose. 


The Engineer reported on the cost to improve First Street West in 
the city of Ontario as an alternate route for the Old Oregon Trail through 
this town, which rerouting has been requested by the city officials. He 
estimated that it would cost about $34,000 to put this street in condition 
for state highway traffic, and gave as his opinion that the change is a good 
one and will provide better routing than is available at the present time. 
After discussion the Engineer was instructed to inform Mayor Elmo E. Smith 
that the Commission looks with favor on this change for some time in the 
future when funds are available to finance the work involved and that in the 
meantime a detailed survey of the project «ill be made. The Engineer was 
thereupon authorized by the Commission to make such detailed survey. 


In this connection the Engineer reported receipt of a letter from 
H. C. Boyer, Ontario, transmitting a newspaper clipping from an Idaho news- 
paper, having to do with the rerouting of the Old Oregon Trail between Boise, 
Idaho, and Huntington, Oregon, so as to bypass the town of Ontario. This 
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award of the contract need not be deferred. 


The Secretary presented a resolution from Bonneville Post No. 88, 
American Legion, setting forth its intention to petition the United States 
National Forest Service to undertake the illumination of Multnomah Falls in 
connection with its program for beautifying Multnoman Falls Park, so that the 
falls may be viewed by tourists passing the same during hours of darkness as 
well as during daylight hours. The Commission considered this a matter en- 
tirely out of its jurisdiction, inasmuch as the property belongs to the Unit- 
ed States Forest Service, and thereupon ordered the resolution filed. 


The Commission discussed briefly a report by Division Engineer XK. D. 
Lytle of Roseburg relative to the cutting of timber along the right of way of 
the Tiller-Trail Secondary Highway but deferred a decision in the matter pend- 
ing a study of the report by Commissioner Clough and a recommendation from 
him and the State Parks Superintendent. 


The Engineer reported a request from Mr. Theo. Hoflich for the ex~ 
change of certain property that the state acquired from John W. Quattlebaun, 
et ux., aS a borrow pit to be used in connection with the construction of the 
Albany Section of the Pacific Highway East. The Engineer advised that Mr. 
Hoflich wants this property to fill out other property that he owns at this 
location, and has offered to deed to the state, in exchange for the sane, 
certain property containing a quarry site, He recommended approval of such 
exchange of properties subject to the condition that Mr. Hoflich will allow 
the state to remove from the property that he wants certain top soil material 
that is needed in connection with the Albany landscaping project. The Com- 
mission approved the recommendation, 


The Engineer reported on investigations relative to the application 
of the Nehalem Telephone and Telegraph Company for a permit to extend its 
telephone pole line along the ocean side of the Oregon Coast Highway near the 
town of Brighton, in Tillamook County. He said that this matter was investi- 
gated by Division Engineer F. D, Eason and Landscape Engineer George Otten, 
who recommend that the pole line be not allowed on the ocean side of the high- 
way because it will interfere with the ocean view, and that the company be re- 
quired either to build its line on the opposite side of the highway, where it 
could use jointly with the Mountain States Power Company poles now existing 
on that side of the highway, or to place its wires in an underground cable on 
the westerly side where they cannot be seen. The Engineer advised that he 
concurs in this recommendation, whereupon the Commission decided not to auth- 
orize the permit. The question arose whether or not the poles already in- 
stalled should be allowed to remain in place. The Engineer was instructed to 
ascertain if they interfere with the scenic view and to report his findings, 
when the Commission will make its decision whether or not to order the removal 
of the same, 


The Attorney brought up for discussion the application of the Bonne- 
ville Power Administration to construct its power transmission pole line along 
and across Secondary State Highways No. 334 and No. 335, Umatilla County. It 


; 
| 
: 


of the Vancouver Avenue approach to the Interstate Bridge in connection with 
a service station business which he proposes to establish at this point, in 
which Mr. Phipps alleges that the deed whereby he conveyed the right of way 
to Multnomah County contains provision for the use of a portion of the right 
of way if he wants it. The Engineer recalled that the Commission previously 
denied Mr. Phipps' request for such use of the highway. After discussion the 
Commission referred the matter to the Attorney te investigate the deed and 
advise the Commission as to whether or not it has legal authority to prohibit 
Mr. Phipps from encroaching upon the highway. 


The Engineer reported on investigations conducted relative to the 
construction of the county road connection to the relocated Pacific Highway 
West near the town of Sherwood and recalled that the Washington County Court, 
at a previous meeting, offered to build this connection which is about 500 
feet long if the state would purchase the right of way. He recommended ac- 
ceptance of the county's offer provided the county will approve the closing 
of the present connection of the new highway with the old highway near the 
Votaw Undercrossing, which is a dangerous intersection because of impaired 
sight distance. The Commission approved the recommendation subject to such 
condition and ordered the matter covered by appropriate written agreement be- 
tween the county and the state. 


The Comission discussed briefly the matter of completing the oil- 
ing work on the Keating Road-Ruckles Creek Section of the Baker-Homestead 
Highway, The Engineer advised that the Commission awarded a contract last 
fall for grading work and bridge construction on the section 4.79 miles in 
length and this spring awarded another contract for oiling this section, to- 
gether with grading and topping of an additional 3.38 miles. Further,that 
savings in contracting these two projects amount to $8,342.60, which is 
sore than half enough to complete the oiling on the entire section,which is 
@.2 miles in length, the oxtra work being estimated to cost $14,977.30. He 
gave as his thought that it would be advisable to complcte the oiling on the 
entire section at one time, rather than in increments, notwithstanding that 
it would necessitate an additional allocation of $6,634.70. The Commission 
concurred in the viewpoint of the Engineer but deferred a definite decision 
in the matter until latcr when all three members of the Commission are pre- 


sent. 


A brief report was submitted by the Engineer on the purchases of 
concrete culvert pipe a§ compared to purchases of corrugated metal pipe which 
indicates that of total purchases between October 15, 1933, and December 31, 
1940, those of corrugated metal pipe exceed those of concrete metal pipe by 
only 2.1 per cent, The Commission considered this 8 satisfactory showing and 
ordered the report filed. 


A letter was presented from the Blue Mountain Stage Company com- 
plaining of thy condition of the Austin-Spur Section of the John Day Highway, 
in Grant County, and urging repairs to improve traffic corditions. The En- 
gineer advised that this road is inadequately surfaced to afford stability 
during the spring breakup, and when frost rolls begin to break in the spring 
many mud holes develop. The condition, he added, is no worse this spring 
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matter was discussed at some length and in view of its importance the Commis- 
sion authorized the Engineer to make a location survey of alternate routes 
for a revised location of this highway within the State of Oregon. 


The Engineer reported that it would cost about $34,000 to surface 
and oil the Adrian-Homedale Junction and Homedale-Spur Sections of the Nyssa- 
Adrian Highway, in Malheur County, 9.9 miles in length, which improvement was 
requested by a delegation which appeared before the Commission at its previous 
meeting. The Commission decided, in view of the fact that the construction 
budget has already been prepared for all available funds, that it has no alter 
native but to defer this improvement for some future time, and it so ordered. 


Reports were also filed by the Engineer on the cost to construct 
the following improvements; 


Eagle Creek-Sandy Section of the Woodburn-Sandy Secondary 
Highway, in Clackamas County. Estimated cost $105,000 


Springwater-Estacada Section of the Woodburn-Sandy Second- 
ary Highway, in Clackamas County. Estimated cost $45,000 


Nonskidding of the Jackson County Line-Central Point Sec- 
tion of the Pacific Highway, in Jackson County. Estimated 
cost $38,600 


Grading and construction of bridges on the Dolph-Boyer Sec- 
tion of Federal Aid Route No. 34, in Polk and Yamhill Coun- 
ties. Estimated cost $298,983 


The Commission deferred a decision in regard to the first two proj- 
ects mentioned above, pending an inspection by Chairman Cabell and the Engi- 
neer some time this coming spring. The Engineer was instructed in the mean- 
time to ascertain whether or not Clackamas County will approve the elimina- 
tion of the Eagle Creek-Sandy Section from the state secondary highway system 
if the Commission will designate as a state secondary highway a county road 
known as the Boring Road, The Commission by unanimous vote approved the non~ 
skidding of the Pacific Highway between the Jackson-Josephine County Line and 
Central Point, but disapproved the grading and bridge construction on the Boy- 
er-Dolph Cutoff, this being a forest highway project and there being no forest 
highway funds available to finance it. 


The Commission discussed and denied a request from several property 
owners along the West Portland-Hubbard Highway near 64th Avenue, for a change 
in plans for the proposed improvement of tiis highway so as to provide more 
satisfactory approaches from their property to the highway, it being the 
thought of the Commission that the plan proposed by the Engineer, which was 
formulated after careful study, is the best that could be arranged from the 
standpoint of all parties concerned. 


The Engineer reported receipt of a communication from Mr. Ivan F. 
Phipps, attorney, Portland, regarding the use of a portion of the right of way 
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the stock to cross the highway and in their estimation the cattle pass is the 
proper means and its location should be at the upper, or “Bathhouse", end of 
the section involved. They ajso advised that the highway is not now fenced, 
and each year when stock are driven across the highway numerous accidents 
occur in which cattle are killed and automobiles are wrecked or damaged, and 
in their estimation these accidents could be avoided by the use of a cattle 
pass. The Engineer estimated that the cattle pass would cost about $1,400. 
After discussion the Commission approved construction of the same, provided 
it is requested by the Taylor Grazing Service. 


The matter of log hauling on state highways was discussed briefly 
by the Commission, but action thereon was deferred pending the Engineer's 
detailed report on this subject which, he said, would probably be ready for 
the Commission at its meeting on April 3, 1941. 


The Commissian discussed the matter of furnishing state highway 
maps free of cost to the Oregon State Motor Association, for general distri- 
bution. The Engineer advised that the Association has requested about 35,000 
maps and has agreed not to print any special advertising matter on them. He 
estimated that such quantity of maps would cost about $850.00. The Commis- 
sion authorized the furnishing of 25,000 maps as a start. 


The Commission discussed the designation of the Nehalem Secondary 
State Highway as a through highway from Forest Grove to Astoria, and decided 
to se designate this road in view of the large volume of traffic that it 
carries. The following resolution in regard thereto was adopted by the Com- 
mission by unanimous vote: 


WHEREAS, that certain highway known as the Nehalem High- 
way, and otherwise defined as State Secondary Highway No. 102, is 
a duly established state secondary highway; and 


WHEREAS, said highway begins at Forest Grove in Washing- 
ton County and extends thane northerly through Buxton, Vernonia and 
Mist, thence northwesterly through Jewell to a connection with the 
Oregon Coast Highway at the north end of the Young's Bay Bridge in 
the City of Astoria, and by reason of the fact that said highway 
connects with the Tualatin Valley Highway at Forest Grove and with 
the Oregon Coast Highway at Astoria, said highway now carries a 
large volume of traffic; and 


WHEREAS, because of the importance of said highway and 
the volume of traffic which now moves thereover, it is the judgment 
of the Commission that said highway should be designated as a main- 
traveled pr through highway; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
Commission, all members being present and affirmatively voting, as 
follows: 
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than it has been for years past and maintenance is being carried on in the 
best manner possible. He estimated that to resurface the entire highway 
would cost about $12,000. The Commission decided not to resurface the road 
at this time. 


The matter of improving the Oregon Coast Highway through the Ocean 
Lake district in Lincoln County was discussed briefly but action thereon was 
deferred by the Commission until the next meeting. 


The Engineer requested authority for an expenditure of approximate- 
ly $12,000 for the stabilizing of the river-run gravel base on a one-mile 
section of the Crater Lake Highway, between Medford and Trail, using 12 per 
cent of cement with a bituminous concrete wearing surface. He gave as his 
thought that such type of base would provide a stable roadway comparable to 
the more expensive heavy concrete base on an adjoining section. The Commis- 
sion approved the request. 


The Secretary presented a petition from residents of Drew and vicin- 
ity, in Douglas County, requesting improvements to the Tiller-Drew Section of 
the Tiller-Trail Secondary Highway. The Commission denied the petition on ac- 
count of lack of funds with which to finance the work, 


The Engineer requested authority to advertise for bids for the grad- 
ing, surfacing and construction of bituminous wearing surface on two short 
sectionsof the Wolf Creek Highway near Necanicun, heretofore tentatively ap- 
proved by the Commission. The Necanicum Junction Section, he said, is 0.54 
mile in length and will require $16,500 of state funds, and the Vollmer Creek 
Section, located about seven miles west of Necanicum Junction, is 0.34 mile 
in length and will also cost about $16,500 of state funds. The Commission 
approved both projects. 


In this connection the Engineer advised that it would be advisable 
to secure the surfacing rock for these two sections, estimated to cost $2,900, 
under the existing contract with Babler Bros., who are now producing mainten- 
ance material at the Hjortland quarry for the state, inasmuch as there is not 
sufficient material needed in these two sections to justify a contractor 
making a special plant setup. He requested authority from the Commission to 
purchase material from Babler Bros. The Commission approved the request. 


A letter was presented from W. B. Snider and others, Paisley, Oregon, 
requesting construction of a cattle pass under the Fremont Highway near a 
place known as the “"Bathhouse", about five miles north of Paisley, Lake Coun- 
ty, for use of stockmen in driving stock out of the mountains at the south 
end of Summer Lake, to the home ranches in and around Paisley. They advised 
that the Division of Grazing of the Department of Interior has decided to 
construct fences on both sides of the highway between the "Bathhouse" and 
Paisley in order to utilize the adjacent land for grazing units, and upon 
completion of these fences the former route taken by the stock will be closed. 
Due to the fact that it is absolutely essential that the stock have some way 
of crossing from the upper, or hill side, to the lower side of the highway 
and to drift on down to their home ranches, some means must be provided for 
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10 station wagons. Estimated total cost $9,000. 


1 touring car, light-type Buick for use of Assistant 
Attorney, estimated cost $1,200. 


2 105-cu. ft. portable compressors. Estimated total 
cost $2,500. 


2 chipping hammers, Estimated total cost $120. 


4 brushes for use in cleaning and painting bridges. 
Estimated total cost $480. 


: ‘after careful consideration the Commission approved the request 4nd instruct- 
ed the Engineer to make the purchases through the State Board of Control in 
the usual manner. 


A letter was presented from James A. Davis, Acting Director of 
Highways of the State of Washington, calling attention to the fact that an 
application has been filed by The Dalles Bridge Company with the District 
Engineer of the War Department, Portland, for the construction of a bridge 
across the Columbia River in the vicinity of The Dalles and suggesting, in 
view of the fact that the Legislatures of the States of both Oregon and Wash- 
ington have taken action with respect to the acquisition of existing struc- 
tures and the construction of new bridges over this river between these 
q states, that the highway departments of both states give consideration to the 
type of structures which may be erected by private operators and which may at 
some future time affect the operations of the highway departments. The Engi- 
neer was instructed to invite Mr. Davis to attend the meeting of the Commis- 
sion on April 3 for a discussion of this matter. The Engineer was also auth- 
orized and instructed to make a comprehensive economic survey of all prospec- 
tive interstate bridge sites along the Columbia River throughout its entire 
length in the state of Oregon. The Assistant Engineer, Mr. C. B. McCullough, 
was instructed to discuss the matter with the United States Army Engineers on 
the following day. 


The Commission considered and signed agreements, et cetera, as fol- 
lows: 


Certificate to secure $10 payment from Bonneville Power 
Administration for right to maintain a guy wire and anchor 
on state property in Hood River County. 


Agreement with Anderson Brothers covering construction 
and maintenance of a logging road across state property ad- 
jacent to the Salmon River Highway, in Lincoln County. 


Agreement with Albany School District No. 5, whereby 
the District leases from the state a portion of the right 
of way of the Pacific Highway East, in College Square, 
Monteiths Southern Addition to Albany. 
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1. That the Nehalem Highway, otherwise defined and known 
as State Secondary Highway No. 102, from its connection with the 
Tualatin Valley Highway at Forest Grove to its connection with the 
Oregon Coast Highway at the north end of the Young's Bay Bridge in 
Astoria be and said highway hereby is designated and declared to be 
a main-traveled or through highway. 


2, That the Highway Engineer be and he hereby is instruct- 
ed to place along said highway at all points where roads or highways 
intersect the said secondary highway appropriate signs or markers 
notifying drivers of vehicles to stop before entering or crossing 
the said Nehalem Secéndary Highway; provided, however, that where 
said highway intersects the Wolf Creek Highway and the Wilson River 
Highway traffic entering the Wolf Creek Highway and the Wilson Riv- 
er Highway from the said Nehalem Secondary Highway shall be required 
to stop. 


3. The Engineer is further instructed to place such signs 
or markers as nearly as practicable at the place where said cross or 
intersecting roads or highways meet the prolongation of the nearest 
property line of such through highway, and the place or places where 
such signs are installed shall designate to the drivers of motor 
vehicles entering said through highway from any of said cross or 
intersecting highways the place where the stop shall be made. 


4. This resolution shall be entered in the minutes and 
records of the Commission as of the twenty-fourth day of March,1941, 
and a duly certified copy thereof delivered to the Public Roads Ad~ 
ministration and a copy to the County Court of Washington County, 
the County Court of Columbia County and the County Court of Clatsop 
County. 


Consideration was given by the Commission to the application of Mr. 


C. I. Good, Eugene, for permission to transport over the Siuslaw Highway, 
from Eugene to Cushman, a boat 12 feet wide overall, 12 feet 6 inches high 
overall, and 65 feet long overall. The Engineer was instructed to investi- 
gate other means of transportation that might be available, such as the Wil- 
lamette River and the Southern Pacific Railroad, and if it is determined that 
the boat cannot be transported by any other method, then a permit to move it 
over the highway is to be granted, if there is sufficient clearance at bridg- 
cs and if the movement is properly flagged. 


ment: 


The Engineer requested authority to purchase the following equip- 


21 4-wheel-drive trucks of type similar to FWD CU model and 
trade-in of 21 old trucks as part purchase price, Esti- 
mated total cash outlay $4,500 each, or a total of $94,500. 
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Stanfield, Oregon, Mareh 26, 1941 


The State Highway Commission met with a group of local citizens at 
3:00 o'clock p, m, in the lobby of the Stanfield Bank, enroute from Portland 
to Pendleton, Representing the State Highway Department were: 


Henry F, Cabell, Chairman 
7 R, H, Baldock, State Highwary Engineer 
a H. B, Glaisyer, Secretary 


b There were twelve local citizens, including Mr. N,. D, Bard, Southern Pacific 
a Agent, and R, A, licLain, 
7] Mr, Bard headed the group, which asked the Commission to resurface 


and oil the county road which extends westerly from the town of Stanfield a 
distance of about seven miles to a connection with the Stanfield—Boardman 
Highway, near the site of the U. S. Army Ordnance Depot. They gave as their 
understanding that it will be quite some time before the easterly end of the 
Stanfield-Boardman Highway, including the bridge over the Umatilla River, is 
completed and opened for traffic, and urged the Commission to construct the 
county road section so as to provide a suitable detour for the main-highway 
traffic, pending completion of the new highway. The present road, they said, 
is of light-type construction and not capable of standing up under the large 
volume of traffic that is bound to use it during and after the construction 

of the Ordnance Depot and the completion of the westerly end of the Stanfield— 
3 Boardman Highway. The Commission took the matter under advisement and author- 
; ized the Engineer to make investigations as may be necessary. 


Enroute to Stanfield the Commission inspected the site of the rail- 
road grade~separation structure on a proposed roadway connecting the Stan- 
field—Boardman Highway with the U.S, Army Ordnance Depot, at the Morrow—Uma- 
tilla County Tine, The Comission confirmed action taken at the previous 
meeting authorizing the “ngineer to make surveys as may be necessary for this 
structure, 


, 
: 

s 
®y 


Pendleton, Oregon, March 27, 194] 


The State 'lighway Commission held a short session in’‘Room 411, Pen- 
dleton Hotel, at 9:00 a. m., and discussed with representatives of the Public 
Roads Administration matters pertaining to the proposed strategic military 
highway system in Oregon, Present were: Henry F, Cabell, Chairman; Herman 
Oliver, Commissioner; R, H, Baldock, State llighway Engineer; H, B, Glaisyer, 
Secretary, representing the State Highway Departient; and , H, ‘Lynch, Dis- 
trict Engineer, and T, Mi, Davis, Senior Highway Engineer, representing the 
Public Roads Administration, 


The matter was discussed at some length, but final decision in re- 
gard thereto was deferred until the meeting of the Commission on April 3 and 
4, due to the absence of Commissioner Huron W, Clough, 


mee? oad 


say 
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Agreement with Bonneville Power Administration auth- 
orizing encroachment of a power line on the right of way 
of the Lower Columbia River Highway, in the Southwest 
Quarter (SW) of the Northwest Quarter (wi) of Section | 
28, Township 2 North, Range 1 West, W. M., Multnomah Coun~ 


ty. 


Agreement with tbe United States Bureau of Reclama- 
tion providing for the construction of the North Unit 
Wain Canal across The Dalles-California Highway, in Des- 
chutes County. 


Agreement with Earl Halley, et al, covering the lease 
of 2 maintenance headquarters site at Richland, in Baker 
County. 


Agreement with the County Courts of Marion and Linn 
Counties relative to the designation of the North Santiam 
Highway as a state secondary highway. 


Agreement and easement for right of way granting the 
United States of America permission to construct stock 
fences on the right of way of the Central Oregon Highway, 
Qld Oregon Trail, and John Day Highway. 3 


Bargain and sale deed conveying unto Newell Wright 
7920 square feet of land situate adjacent to the Pacific 
Highway, in Government Lot 7, liorthwest Quarter (wWi) of 
the Southeast Quarter (SE}) of Section 20, Township 36 
South, Range 5 West, W. M., Josephine County. Right of 
way files No. 7213 and No. 7736. 


There being no further business to come before the Commission at 
this time the meeting was adjourned at 5:30 p. m. 


; Bate Highway Engineer < 
A Vo4u2ae a ~ aac A wane sno} Chiry ( 
Secretary f Commissioner 
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Chairman of the Commission; Herman Oliver, Commissioner; R. H. Baldock, State 
Highway Engineer; H. 5. Glaisyer, Secretary, and others. 


As a result of such inspection the Commission decided to reconstruct 
this highway on new alignment for three lanes of traffic, which is estimated 
to cost approximately $35,000, including the grading, surfacing and oiling, 
and authorized the Engineer to make surveys as may be necessary for the same. 
He was also authorized to prepare detailed plans and specifications for the 
project and to advertise it for bids to be received at the May meeting of the 

4 Commission, The Commission authorized state funds to finance the work, 


At 12:00 o'clock noon the Commissioners were guests of the Oregon 
Trail Association at luncheon at the Pendleton Golf Clubhouse, following 
which a number of delegations appeared before the Commission and presented 
highway projects in which they are particularly interested, Mr. Charles H, 
Reynolds, President of the Oregon Trail Association, presided, 


A delegation of five members from Ontario, headed by George M. 
Merritt, Manager of the Moore Hotel, asked the Commission to construct a 
proposed revision of the Old Oregon Trail, between Ontario and Huntington, 
and to also reconstruct the railroad underpass near Durkee, 


A delegation from Baker, headed by Mr. John Jenkins, President of 
the Chamber of Commerce, and including Gounty Judge A. R. Baird and four 
other members,asked for improvements at two grade separation structures, between 
Baker and Huntington, being one on each side of the town of Durkee. 


A delegation from the town of Union, consisting of seven members, 
and headed by Mr. Glenn Sams, President of the Chamber of Commerce, was pres- 
ent. Mr. G. I, Hess acted as spokesman for the group, and asked for the 
modernization of the present highway between Union and North Powder, 


A delegation from La Grande, consisting of eight members, was intro- 
duced, but presented no specific requests. 


A delegation from Pendleton, consisting of seven members, and head- 
ed by County Judge Carl W. Chambers, who is also President of the Chamber of 
Commerce, asked for the elimination of the "bottle-neck" on the Columbia River 
Highway, between The Dalles and Portland, They also asked for the widening 
of Court Street (state highway route), in Pendleton, and ultimately the 
straightening of the Blue Mountain Section of the ‘Old Oregon Trail. Mr. Roy 
Raley, Chairman of the Highway Committee of the Chamber of Commerce, present- 
ed the projects in behalf of the delegation. 


Mr. D. L. Lemon headed a delegation of three members from the town 
of Arlington, which requested the reconstruction of the nine-mile section of 
the Columbia River Highway from the end of the present, improved section at 
Quinton to the John Day River crossing, and the reconstruction of the highway 
easterly from Arlington to Heppner Junction, a distance of eleven miles, 


Messrs. H. C. Boyer, and H. L. Petersen, Ontario, appeared before 
the Commission in regard to the routing of U. S. Highway No, 30, between 
Boise, Idaho, and Huntington, Oregon, They stated that a movement is on foot 
in the State of Idaho to reroute this highway via Weiser, Idaho, by-passing 
the town of Ontario, Oregon, and urged the Commission to do what it considers 
necessary and advisable to maintain the present routing through their city, 
They were informed that the Engineer has already been authorized to make sur- 
veys as may be necessary to determine a proper location for a permanent route 
for this highway in Oregon, and were assured that the Commission will protect 
the interests of the State of Oregon and the City of Ontario to the fullest 
extent. 


The Commission discussed the award of contract for the grading and 
topping of the Morrow County Line-Stanfield Section of the Boardman-Stanfield 
Highway, in Umatilla County, bids for which were received by the Commission 
at its meeting on February 28, 1941. The Engineer advised that M. L. O'Neil 
& Son were the low bidders on this project, with their bid of $109,749.00, 
but the Commission deferred the award of the contract pending certain condi- 
tions which, he said, have now been fulfilled, and a letter has been received 
from M. L. O'Neil & Son agreeing to defer construction on certain sections 
until the right of way for such sections has been acquired, and also agreeing 
that they will file no claim for extra compensation or allowance of any kind, 
for any losses or expenses incurred by them by reason of the limiting of their 
operations on account of right of way difficulties. He recommended the award 
of the contract at this time to il. L. O'Neil & Son, at their bid price, The 
Commission approved the recommendation. 


The Commission also discussed the re-award of the contract for the 
grading and paving of the St. Helens Section of the Columbia River Highway, 
in Columbia County, bids for which were taken by the Commission on February 
27, 1941, that of Contractor Roy L. Houck being the low one, at $17,188.50, 
and that of the United Contracting Company being second-low, at $26,459.50. 
The Engineer recalled that the Commission awarded this contract to Mr. Houck, 
notwithstanding that he had filed a written request for the withdrawal of 
his bid, asserting that a mistake was made in entering the unit price for 
one of the items. Since then, he said, Mr. Houck has refused to accept the 
award, and has paid into the State Highway Fund the amount of his bid bond, 
so the Commission is now at liberty to either award the contract to the sec- 
ond-low bidder, United Contracting Company, or to re-advertise the project 
for new bids, He recommended acceptance of the bid of the United Contracting 
Company, After discussion, the Commission approved the Engineer's recommenda- 
tion and thereupon re-awarded the contract to the United Contracting Company 
at its bid price, 


At 10:00 o'clock a. m, the Commission made an inspection of the new 
Government Airport at Pendleton, in company with Colonel C. R. Moore, District 
Engineer, and Colonel Frank W,. Wright, Commander of the Pendleton Airport Base, 
and particularly discussed a proposed revision in the route of the presert 
Airport Secondary State Highway No. 336,to acecemnodate and harmonize with the 
improvements being made by the Federal Government at this place. Representing 
the State Highway Department on sugh inspection trip were: Henry F. Cabell, 
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has been discussed with Governor Charles A. Sprague, who has indicated a 
willingness to cooperate, and like assurance has been received from Mr, 
James Davis, Acting Director of Highways in the State of Washington. 


Mr, Nelson stated that there is a lot of complaint concerning 
the operation of the Columbia River Ferry at. Maryhill, which, he has been 
informed, returns to the owners about $50,000.00 annually. He said that 
The Dalles Chamber of Commerce will collaborate with the Commission in any 
way to further the construction of a new bridge. 


Mr. Lage suggested that it would be advisable to send some one to 
Washington, D. C., if necessary, to ascertain whether or not it would be pos- 
sible to secure financial assistance from the Federal Government for the 
projects under discussion. 


Chairman Cabell advised that the Highway Commission has been given 
certain instructions by the 1941 Oregon Legislature, and that the Commission 
expects to follow these instructions and to give this bridge matter very care- 
ful consideration; further, that the Commission has already taken steps to 
consult with Mr. Davis, Acting Director of the Washington Highway Department, 
with respect thereto. He pointed out that there is a question as to the 
proper location for the bridge near The Dalles; also, as to what benefits 
the motorists of the state, who provide the funds, will receive by this bridge 
construction, The Commission, he added, intends to give this matter very 
careful study and cannot make its decision until all factors involved, in- 
cluding the possibilities of bridge construction at Astoria, and other places, 
have been considered, He concluded the conference by stating that one of the 
first things to be done is to consult with the highway authorities of the 
State of Washington, and that these officials will be contacted as soon as 
possible, 


The Union delegation was headed by Mr. G. I. Hess, and included 
M. A. Davis; D. =. Richards, Glenn Sams, N. I. Morrison, A. R. Galle, and 
Lester Bramwell, This delegation asked the Commission to reconstruct the 
present route of the Old Oregon Trail, between Union and North Powder, as the 
permanent route for this highway, rather than to reroute the highway via Ladd 
Canyon, as has been proposed, 


Mr. Hess presented resolutions from the County Court of Union Coun- 
ty, and from Catherine Creek Grange No. 841, requesting the modernisation of 
this highway in its present location from La Grande, through Union and Telo- 
caset,to North Powder, He also presented pictures showing snow conditions 
along the Ladd Canyon route, and additional pictures showing snow conditions 
along the present route. He advised that the elevation at the summit on the 
Ladd Canyon route is 3,806 feet, as compared with the 3,496-foot elevation on 
the present route. The distance from North Powder to La Grande, via the pro- 
posed Ladd Canyon route, he said, is twenty-five miles, which is only 2.95 
miles shorter than the distance along the present route and it was his thought 
that this difference in distance could be reduced by elimination of excessive 
curvature in the present route. He gave as his belief that the saving in 
distance alone would not justify any change in the present routing. He ex- 
pressed his approval of the construction of a market road along the Ladd 
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Mr. F. M. Sexton, headed a group, consisting of four members, from 
The Dalles, The following improvements of the Columbia River Highway desired by 
this delegation were presented by W. S. Nelson, Secretary of The Dalles Cham- 
ber of Commerce: 


Reconstruction of the Columbia River Highway, between The 
Dalles and Portland, 


SORE 


Improvements to facilitate the free flow of traffic through 

The Dalles. In this connection it was suggested that a belt- 
line highway around the business district would solve the & 
problem. EF 


Improvement of the highway from The Dalles to the junction 
with The Dalles-California Highway. ; 


Mr. E. E. Lage headed a delegation from the town of Hood River, The 
group consisted of four members. They asked for the improvement of the Colum- 
bia River Highway between The Dalles and Portland by elimination of curves and 
reconstruction of bridges, Trey also asked the Commission to preserve the facil- 
ities at the Vista House at Crown Point, and to maintain highway approaches 
thereto for the benefit of tourists when the new highway is completed. 


Mr. Ray Conway, Manager of the Oregon State Motor Association, Port- 
land, was present and spoke on the matter of historic signs and markers , and “ 
the diversion of state highway funds. 


Mr. Reynolds concluded the presentation of the group by suggesting 
that if the Highway Commission is unable to finance the construction of the 
new highway between The Dalles and Portland by any other means, it might be 
advisable to build this section as a toll road, The Oregon Trail Association 
at this time voted unanimously to approve the program for the improvement of 
the Qld Oregon Trail and the Columbia River Highway, as outlined by the sev- 
eral delegations. 


Following this meeting the Highway Commission conferred further 
with the Hood River delegation and with the delegation from the town of Union. 
The Hood River delegation was represented by E. E. Lage; R. E. Steele, Secre- 
tary of the Chamber of Commerce, and H, L. Shoemaker. Mr. W. S. Nelson, Sec- 
retary of The Dalles Chamber of Commerce, and Mr. F. Me Sexton, also of the 
Dalles, were included in the group. Mr. Shoemaker brought up for discussion 
a bill now before Congress, which authorizes the Administration of the Bonne- 
ville Project to acquire, on behalf of the United States, either by purchase 
or condemnation, the interstate bridges, (including the approaches thereto), 
across the Columbia liver at Cascade Locks and Hood River, He asked the Com- 
mission to endorse such legislation and to help in securing the passage of 
the bill, which, he says, is now in the Committee on Commerce. Mr. Shoemaker 
also asked the help of the Commission in securing an additional bridge across 
the Columbia River at The Dalles. It was his thought that this bridge would 
be a paying investment and that the Federal Government might approve an ex- p 
penditure of federal funds to pay one half of the cost. This matter, he said, t 
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This concluded the conference, whereupon the meeting was adjourned 
at 3:00 o'clock p. m. The Commission motored to John Day the same evening, 


John Day, Oregon, March 28, 1941 


The State Highway Commission held a brief session at 9:30 o'clock 
a. m, in the lobby of the John Day Hotel. Present were: 


Henry F, Cabell, Chairman 

Herman Oliver, Commissioner 

Re H. Baldock, State Highway Engineer 
H. B. Glaisyer, Secretary 


ee ahh 


= 


The Commission discussed the oiling of the Butte Creek-Service 
Creek Section of the John Day Highway, fourteen miles in length, and the 
oiling of a thirteen-mile section of the Pendleton-John Day Highway, between 
Mountain Rest and Mt. Vernon, The Engineer recommended the construction of 
an 0-30 type oiling on both of these projects, with an SC-2 prime coat, which 
he estimated would cost about $600 per mile, or a total of $17,800 for both 
projects, including 10% for engineering and contingencies, After discussion 
the Commission approved both projects, and authorized the Engineer to adver- 
tise them for bids to be received at the next meeting. 


i - 
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The Engineer brought up for discussion the oiling of the Sunset Tun- 
nel-Davies Section of the Wolf Creek Highway, for which the Commission has 
budgeted $45,000. He advised that when this matter was previously discussed 
with the Commission it was thought that the surfacing work would be done by 
WPA forces, and that the state's contribution would consist only of oiling 
work. However, he has been unable to find a suitable quarry in the vicinity, 
so it is going to be necessary to secure oil rock from the old Wolf Creek 
quarry, where suitable material may be obtained, but at extra cost. He esti- 
mated that the project will now cost the state $111,500; however, he explained 
that this amount includes additional expense for a leveling course of rock 
2 inches thick over the entire section, and a 3-inch rock base between Sunset 
Tunnel and the crossing of the P.R.& N. Railroad, which was not included in 
the original estimate. He recommended approval of the increased allotment 
for this work, so that the project may proceed in accordance with the plans 
scheduled, The Commission approved the recommendation and authorized the 
contracting of the work at the earliest opportunity. 


* 


| 


Reconsideration was given by the Commission to the matter of ex- 
tending construction work on the Baker-Homestead Highway to take up the sav- 
ings that have accrued hy reason of contracting last fall the grading and 
bridge work on the Keating Road-Ruckles Creek Section, 4.79 miles in length, 
and the contracting this spring of the oiling of the Flagstaff Hill-Ruckles 
Creek Section, including the grading and topping of an additional 3.38 miles. 
The Engineer advised that when the latter-mentioned contract was awarded, it 
was considered that the funds set up for the work were not sufficient to pay 
for surfacing and oiling the 3.38 mile section. However, it now develops 
that a saving has accrued, amounting to about $8,300, on both projects, which 
is more than one half of the estimated cost of the remaining work. The 
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Canyon route, but emphatically opposed the construction of an arterial high- 
way in such location, because it would so adversely affect the towns along 
the present route. 


David I. Stoddard, Secretary of the La Grande Chamber of Commerce, 
who was present, advised that the Board of Directors of the La Grande Chamber 
of Commerce favors adoption by the Commission of the present route of the Old 
Oregon Trail, between La Grande and North Powder, as 4 permanent route for 
this highway, hecause the members of the board are of the opinion that snow 
conditions in Ladd Canyon are much worse than they are along the present route 
of this highway. 


Mr. Bramwell stated that the City Council of Union has gone on rec- 
ord as favoring an ordinance requiring the parallel parking of vehicles along 
the Old Oregon Trail, through the town of Union, if the Highway Commission 
wants such method of parking; further, that the City Council is now consider— 
ing the adoption of an ordinance prohibiting "U" turns at street intersections 
along the highway. 


Mr. Galle urged retention of the present route of the highway and 
modernization of the same to eliminate curves. He advised that he is in the 
insurance business and that the companies he represents pay excessive amounts 
for accident claims, which are directly attributable to the present condition 
of this road. He also advised that the proposed Ladd Canyon route passes 
through some of the worst farming districts in Union County, which will have a 
very bad effect on tourists. 


Mr, Davis endorsed the remarks of the other speakers and pointed out 
that the schools will be very much benefited by the improvement of the exist- 
ing highway, because it will facilitate the movement of school busses. 


Mr. Morrison declared that changing of the route of the present 
highway will "kill" the towns of Union and North Powder, 


The State Highway Engineer advised that investigations are now under 
way to determine the facts with respect to the alternate routes under discus- 
sion, including the route through what is known as "Pyle Canyon." Chairman 
Cabell advised that the matter under discussion is one of the hardest problems 
that the Highway Commission has to decide; that the Commission is not commit- 
ted to any route at the present time, and will not make its decision until it 
has had an opportunity to study all of the facts. The Commission wants to 
make certain, he said, that it does not make a wrong decision knowingly. He 
suggested deferment of any action until the surveys are completed and studied, 
at which time the Commission will report its findings to the Union County 
group. 


Mr, Galle then asked the Commission to consider, in arriving at its 
decision, the construction of a cut-off road between the tow of Union and a 
connection with the Tollgate Road at Elgin. It was his thought that the Com- 
mission should look into this matter for the benefit of through traffic to 
Spokane. 
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The meeting was adjourned at 12:00 o'clock noon, following which 
the Commission and its party were the guests of the John Day Chamber of 
Commerce for luncheon. 


State Highway Engineer Chafirman 


Secretary Commissioner 
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estimated cost to surface and oil the remaining section, he said, is approxi- 
mately $15,000, so it would be necessary to allodate only $6,700 additional 
funds to complete the entire section, He recommended approval of the addi- 
tional allocation so that the entire 8.2 mile section may be completed and 
opened to traffic at one time, instead of in Shenae The Commission 7 
proved the recommendation, ena! SA “aiden 


The Engineer reported a communication from the Hines Lumber Company 
requesting a revision in the alignment of the John Day-Burns Highway, in the 
town of Seneca, so as to avoid a site upon which they propose to erect an 
auditorium, They pointed out that the auditorium site is situate across 
the hi,hway from their grade school, and advised that their object in having 
the highway alignment revised is in the interests of safety to pedestrians 
who will be obliged to cross the highway in going from one building to the 
other. It was the thought of the Commission, inasmuch as the auditorium has 5 
not yet been constructed, that it would be better if another site for the z 
same were selected, which would obviate the necessity to cross the highway. r 
Accordingly, the Commission denied the request, 


The Secretary presented a letter from the Assistant Attorney, point- 
ing out a typographical error in the right of way resolution adopted by the i 
Commission on October 9, 1940, particularly under item 8088-A, wherein it was 
stated that the settlement was for an "undivided 7/12 interest in 909 sq. ft. 
of land at 7/12¢ asqiare foot", whereas the consideration should have been «© 
shown as "7/12 of 20¢ a square foot", the total consideration for this item { 
being $106.05. The Commission authorized the Secretary to correct the record 
accordingly. 


At 10:00 o'clock a. m. the Commission met with representatives of ; 
the Three Flags Highway Association, in the John Day Theater. Representing : 
the Commission were: $ 


Henry F. Cabell, Chairman 
Herran Oliver, Commissioner 
R. H. Baldock, State Highway Engineer 


H. B. Glaisyer, Secretary £ 
There were about fifty members of the association present, including County i 
Judge J. H. Allen, Grant County, who acted as Chairman; President J. C. Jar- 
man, Alturas, California; Forest Cooper, Secretary, Lakeview; and members 
from the following communities: Burns, Pendleton, Lakeview, Seneca, Canyon ; 
City, John Day, Prairie City, Dayville, Portland, and Modoc County, Califor- rs 


nia, 


Dr. W. B, Prophet, Mayor of John Day, welcomed the group, following : 
which Judge Allen called upon the Chairman of each delegation to introduce 
the members thereof. The meeting was unique in that no requests were filed 
with the State Highway Commission for State Highway improvements, 
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Page Date 
1941 
10198 Apr. 3 


10199 


10200 
10202 
10203 


10204 


10205 


10206 


10207 


10208 


TABLE OF CONTENTS 


Sub ject 


Bids received on following projects, building and land: 
Dixie Summit Section, grading and surfacing; 

Vance Creek-Soda Mountain Section, grad.,surf. and oil; 
Foster-Cascadia Section, surfacing; 

Morrow County Line-Stanfield Section, bridges; 

Bridge over lieadowbrook Creek near Starkey; 

Vandehey and Van Dyke Sections,grad., surf. and oiling; 
Taylor Creek Section, grading; 

Sale of building in West Portland; 

Sale of two tracts in Cottage Grove. 

Military strategic highways. List of highways selected. 
Letter transmitting signed copies of Mr. Lynch's map. 

Wheeler and Crook Counties. Marks Creek-ifitchell Section, 
Ochoco Highway. Federal aid and state funds to be used if 
forest funds not available. 

Clackamas County. Delegation requests designation of Market 
Roads Nos. 10 and 25 as secondary highways. 

Deschutes County, Tumalo-Deschutes Secondary Highway. Dele- 
gation requests oiling of 3.9-mile section. 

Cline Falls Secondary Highway. Delegation requests oiling 
of section north of Tumalo 
O'Neil Secondary Highway. Delegation requests improvement. 

Log hauling. Delegation confers relative to issuance of con- 
tinuous permits. 

Klamath County. Crater Lake Park. Payment of park fee dis- 
cussed. Payment of portion of cost of maintenance of high- 
way by state discussed, 

Lane County, Eugene-Springfield Junction Section, Pacific 
Highway. Recommended procedure for contracting of work. 
Forest highway program, 1941. Revision discussed, Following 
projects to be deferred: Section of John Day-Burns Highway; 

Flora-Enterprise Highway; Wapinitia Highway; and Klamath 
Falls-Lakeview Highway. 

Lane and Klamath Counties. Willamette Highway. Resurfacing 
at Summit near Odell Lake approved. Oakridge Section in 
need of repair. 

Forest highway program, 1941. Revisions approved. List pre- 
sented and approved. 

Letter to Washington officials approving revisions. 

Lincoln County. Newport. Request for angle parking on Ore- 
gon Coast Highway denied. 

Newport. Traffic signal. Installation at intersection of 
Oregon Coast Highway and Hulbert Street approved. 

Marion County. Salem. Installation of traffic signal at in- 
tersection of Pacific Highway East and Center St. approved. 

Grade crossing ;cogram. Substitution of crossing in Salem 
for one in Beaverton denied. 


Z 
é 
, 
Bs, 


10229 


10230 
10232 
10233 


10236 


10237 


Subject 


Condemnation. Recommended offers. Resolution adopted, 
Gravel pit: Santiam Highway; 

Right of way: Secondary Highway lo. 224, Oregon Coast 
Highway, and Wolf Creek Highway. 
Quarry: Wolf Creek Highway. 

Curry County. Port Orford Section. Orris Knapp property. 
Amended complaint to be filed with court with offer of 
$6,000. 

Umatilla County. Duck Lake. Boardman-Stanfield Highway. 
Right of way settlement with Gordon H. Smith, involving 
duck lake, discussed. (See P. 10270) 

Wasco County. Celilo Indian Village. Value of property dis- 
cussed. Settlement authorized. 

Jefferson County. Madras-Prineville Secondary Highway. La- 
monta Section, Abandonment resolution, 

Sherman County. Columbia River Highway. Grant-Rufus Section. 
Abandonment resolution. 

Klamath County. Klamath Falls-Lakeview Highway. Dairy Sec- 
tion. Abandonment and retention resolution. 

Lincoln County. Oregon Coast Highway. Oceanlake District. 
Report on cost of improvement. 

Survey. Oceanlake District. Oregon Coast Highway. Location 
survey authorized. 

Benton County. Monroe-South Section, Territorial Secondary 
State Highway to be oiled in 1941 program. 

Lane County. Territorial Secondary State Highway. Oiling of 
Lane County Section deferred. 

Deschutes County. Terrebonne-Lower Bridge County Road. In- 
provement requested. State to do oiling. 

Clatsop County. Proposed bridge over Columbia River at 
Astoria. Letter from Oregon-Washington Bridge Board of 
Trustees considered. 

Jackson County. Crater Lake Highway. Reconstruction re- 
quested. 

Umatilla County. Pendleton Airport Road. Construction of 
highway from Old Oregon Trail to U. S. Army Airbase approved. 

Benton County. Alsea~Deadwood Secondary Highway. Improvement 
requested, 

Lincoln County. Taft. Request for improvement of Oregon 
Coast Highway through Taft. 

Survey. Taft Section, Oregon Coast Highway. Authorized. 

Clatsop County. Construction of bridge over North Fork of 
Necanicum River near fish hatchery authorized. 

Multnomah County. ‘Skyline Boulevard. Improvement with fed- 
eral aid secondary funds authorized. 

Umatilla County. Request for improvement of secondary high- 
way from Umapine, to Gardina, Washington, denied. 

Klamath County. Midland Secondary Highway. Request for oil- 
ing denied. 
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10209 


10212 


10213 


10214 


10215 


10216 


Subject 


Washington County. Beaverton. Grade crossing signal 4nstal- 
lation denied. 

Douglas County. Roseburg. Commission invited to attend ban- 
quet honoring WwW. C. Harding. 

Multnomah County. Traffic signals. Delegation from Parkrose 
requests installation at intersections along Sandy Blvd. 
Calumbia River Highway. Delegation requests widening through 
Parkrose district. 

Awards, Chairman announces award of contracts and sale of 


pe 

Funds, Delegation representing Coast Highway Association con 
fers relative to allocation of state highway funds. 

Coos County. North Bend-Bunker Hill Section, Oregon Coast 
Highway. Delegation confers relative to right of way. 

Lincoln County. Depoe Bay. Delegation confers relative to 
providing sanitary facilities. Matter previously denied. 

Jackson County. Ashland. Delegation confers relative to elin- 
ination of bottleneck at Plaza Corner. 

Tillamook County. Boyer-Dolph Cutoff. Delegation requests 
construction. 

Little Nestucca Secondary Highway. Delegation requests con- 
struction between Dolph and Meda. 

Permit. Request of Bonneville Power Administration to move 
oversized equipment from Hood River to The Dalles granted. 
Crook County. Prineville. Glen W. Berry confers relative to 

damage to property. 

Linn County. Salsey Section. Pacific Highway East. Delega- 
tion confers relative to plans for imorovenent. 

Clackamas County. Oswego Highway. Delegation confers relative 
to plans for proposed improvement through Oswego- 

Lincoln County. Alsea-Deadwood Secondary Highway. Delegation 
requests improvement of 1.3-mile section. 

Multnomah County. Portland. Front Avenue Project. Letter 
signed re abandonment of United Railway Company's rail ser- 
vice and removal of tracks. 

Sidewalks. Expenditure of funds for proposed program of 
projects ap roved, including construction between Burns and 
Hines Mill. 

Project in Division 4, (Central Oregon)» included in pro- 
gram. 

Harney Gounty. Sidewalk. Construction between Burns and 
Hines Mill approved. 

Malheur County. Nyssa. Construction of storm sewer on Main 
Street discussed. (See P.10257, 10282, and 10288) ; 

Multnomah County. Portland. Front Avenue project. Delega- 
tion confers relative to right of way for re-establishment 
of railway facilities. uethod of payments discussed. 

Right of way budget. Attorney's report. 

Real property. Resolution authorizing acquisition. 


i941 
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10246 


10247 


10248 


Subject 


Log hauling. Request of Parker Lumber Company to haul over- 
length logs over Crater Lake Highway near Prospect, denied. 
Request of Alex La Voy to drag logs across Coos River Sec- 
ondary Highway near Allegany denied. 

Coos County. Coos River Secondary Highway. Alex La Voy grant- 
ed permit to construct roadway over highway near Allegany. 

Awards, Commission confirms following awards: 

Donaldson Creek-ifills Bridge and McNamar's Camp-Washburn 
Sections, Roy L. Houck; 

Lytle Creek-Ochoco Creek Section, Berke Bros.; 

West Sheridan Section, Berke Bros. ; 

Jones Hill-Lena Section, R. 0. Dail & Warren Bros. ; 
Gilliam County Line-Zinter Ranch Section, M. L. O'Neil 
and Son. 

Permit. Leg hauling. Fremond Bean's permit reinstated, 

Klamath County. Klamath Falls. South 6th Street. Engineer 
recommends improvement on 60' right of way. (See P. 10262) 
Construction of highway for through traffic, along irriga- 
tion canal in Klamath Falls, recommended. 

Surveys. Klamath Falls. following surveys authorized: 

South Sixth Street route; 
New route along north bank of irrigation canal. 

Ambulance Service. Oregon Assoication of Trade Executives, 
Portland, suggests adoption of ambulance service. 

Wallowa County. Lostine. Sale of material from state's 
stock pile to School Dist. #7 approved. 

Hood River County. Snow removal on Mt. Hood Highway. Re- 
quest of Hood River Chamber of Commerce. Engineer to report. 

Biennial Report. Letter from Thomas H. MacDonald, compliment- 
ing Commission on 14th report. 

Jackson County. Cattle guard. Little Butte Secondary High- 
way. Permission granted Forest Service to construct cattle 
guard at own expense. 

Bridle paths. Request for bridle paths along Columbia River 
Highway between Multnomah Falls and Eagle Creek. 

Carmody Report on Highways. Commissioners to be furnished 
copies of letter from A.A.S.H.O. re status of report. 

Baker County. Sumpter Valley Secondary Highway. Complaint of 
Cougar Independence Lessees, Baker, relative to condition. 
Engineer instructed to continue maintenance. 

Lane County. Snow removal. McKenzie Highway. Request of 
Eugene Obsidians for snow removal up to Hand Lake. 

Jefferson County. The Cove State Park. Editorial from Redmond 
Spokesman expressing approval of purchase for state park. 

Strategic military highways. Central Oregon Highway. Judge 
Sawyer, Bend, requests substitution for John Day Highway. 

Labor, Central Labor Council objects to state purchasing 

material from Collins Concrete and Steel Pipe Company. 
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Subject 


Lake County. Request for landing field on Fremont Highway 
near Paisley referred to State Board of Aeronautics. 

Union County. Minam Hill Section of Wallowa Lake Highway. 
Request for additional improvements discussed. 

Deschutes County. O'Neil Secondary Highway. Request for oil- 
ing from The Dalles-California Highway to O'Neil denied. 
Union County. Old Oregon Trail. Request for improvement as 
permanent route from La Grande to North Powder, via Union. 

Douglas County. Myrtle Creek. Request of Charles R. Dyer 
for cattle pass across Pacific Highway denied. 

Harney County. Central Oregon Highway. Request of U.S.Graz~- 
ing Service for permit to construct cattle guard granted. 

Lane County. Veneta-Crow Section of Territorial Secondary 

Highway. Request for oiling denied. 

fond. Method of renewal of State Highway Engineer's of Sicial 
bond discussed. 

Wasco Lounty. Proposed bridge across Columbia River at The 
Dalles. legislation re construction of bridge discussed. 
Clackamas County. Oregon City. Parking meters. Request for 

permission to install on highway along Water street denied. 

Jackson County. Tiller-Trail Highway. Jackson County to 
maintain portion abandoned by state November 13, 1940. 

Marion County. Salem-Pringle Creek Section of Pacific High- 
way. County to maintain portion abandoned by state Decem- 
per 18, 1940. 

Load limit. Bridges. Resolution lifting load limit on fol- 
lowing bridges: Bugene-Swi sshome Secondary Highway No. 220; 
Little Nestuccas River bridges 5 
Neahkahnie Mountain Chasm bridge. 

Load limit. Highway. Resolution lifting load limit on Tiller- 
Trail Secondary Highway. 

Grant County. Seneca. Request of city to construct underpass 
under John Day-Burns Yighway, near schoolhouse, approved. 
Crook County. Prineville undercrossing. City of prineville 

Railroad. Furnishing railroad ties discussed. 

Linn County. Albany. Construction of stairway and sidewalk 
at overcrocsing approved. Railroad company to pay nalf of 
cost. 

wltnomah County. Interstate Bridge, Portland. State to re- 
move trolley wires. 

Hood River County. Signs. Use of silhouette schooi signs 
designed by Hood River citizens prohibited. 

permit, Waitsburg Welding Company granted overlength permit. 
Secretary authorized to grant 50! overall length permits. 

Linn County. Stayton. Sign. Request of Lions Club to place 
city entrance sign outside city limits denied, 

Permit. Willamette Hauling Company granted permit to trans- 
port oversized equipment from Cascade Locks to Viento. 

Log hauling. Request of Campbell Conro Lmaber Co. to trans- 
port overlength piling from Camas Mt. to Roseburg denied. 
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Subject 


Bids opened and read on the following projects: 
Clackamas Grade Separation Project; 
Long Creek-Fox Section, grad., surf., oiling and 2 bridges; 
Warner Summit-Camas Creek Section, surf. and oiling; 
Miner Creek-Spencer Creek Section, grading; 
Cow Hollow Creek-Adrian Junction Sec., surf., oil and bridge; 
Interstate Bridge, placing new expansion plates; 
Onion Flat Section, grading and paving; 
Yamhill River Bridge at Dayton, reconstruct timber approactes. 

Harney County. Request for improvement of Burns-Crane High- 
way and Hanley Lane Section of Frenchglen Secondary Highway. 
Hanley Lane Section. Transfer of funds from other sections 
approved. 

Burns-Crane Highway to Wright's Point. Savings from other 
projects to be applied to construction of this section. 
Buchanan-Juntura Section. Central Oregon Highway. Request 
for improvement denied. 

Burns Airport Road. Request for improvement denied. 

Malheur County. Nyssa. Old Oregon Trail. Delegation re- 
quests paving of Main St. and installation of stom sewer. 
(See also P. 10214, P. 10282, and P. 10288) 

Municipal projects. Engineer to prepare report on cities in 
which drainage facilities have been installed by state. 

Malheur County. Nyssa. State to install 24" pipe line along 
lst Street to Snake River in connection with underpass. 
Adrian-Idaho State Line Section, Secondary Highway No. 455. 
Delegation requests oiling. 

Bridge over Snake River at Nyssa. Delegation requests new 
bridge. 

Baker County. Baker-Homestead Highway. Request for rerout- 
ing. 

Baker-Yomestead Highway. Resolution adopted rerouting 
highway from Baker to Homestead, via Robinette. 
Halfway-Cornucopia Secondary State Highway No. 413. Reso- 
lution designating as secondary highway adopted. 

Pine Creek Secondary State Highway No. 414. Resolution 
designating as secondary highway adopted. 

Klamath County. Delegation requests following improvements: 
Sprague River County Road. Oiling of 9-mile section; 
Malin-Bonanza Road. Improvement of Poe Valley Section; 
County Road North of Midland. Oiling of 2 3/4 miles; 
Midland Secondary State Highway. Improvement. 

Klamath Falls. Improvement of South 6th Street. Construc~ 
tion of Main Stract route, by-passing South 6th St. discussed. 
(See P. 10246) 

Question of title to small area at junction of Green Springs 
Highway and The Dalles-California Highway. 

Polk County. Independence Bridge. Request for state cooper- 
ation denied. 
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Subject 


Labor. Southwestern Oregon Central Labor Trades Council pro- 
tests regard wage rates paid by Houck Construction Company. 
Survey. Airports. State Board of Aeronautics requests coopera~ 

tion in preliminary survey. 

Lane County. Sign racks. Eugene. Request of United Commercial 
fravelers of America for representation on racks denied. 
Coos County. Oregon Coast Highway. Letter from Arthur Podell, 

Multnomah, complaining of condition south of Bandon. 
Josephine County. Letter from Josephine County Court express- 
ing approval of present nethod of allocating funds. 
Hood River County. Lost Lake. Letters from Hood River Chamber 
of Commerce and Senator Holman re construction of road to lake. 
Lincoln County. Letter from vorth Lincoln County Chamber of 
Commerce commending Commission for roadside beautification. 
Labor. George E. Lewis, Algoma, objects to employment of all- 
union labor on project north of Klamath Falis. 
Hood River County. Bridges. Cascade Locks and Hood River. 
Bill for toll-free operation by U. S. government discussed, 
Lane County. Eugene. Pacific Highway. Resolution of city 
council approving routing through Eugene. 
Clatsop County. Lunch stand. Wolf Creek Highway at Elsie. 
Request to onerate lunch stand on right of way denied. 
Lane County. Territorial Secondary Highway. Veneta South 
Section. Request of county court for oiling denied. 
Monroe South Section. $20,000 to be allotted for oiling. 
Douglas County. County-owned land problem discussed, and re- 
ferred to Commissioner Clough for study and report. 
Josephine County. Happy Camp-O'Brien Road. Request for re- 
classification as No. 3 Forest Road. 
Equipment. Purchase of small centrifugal pump approved, 
Surveys. List of surveys ordered since last meeting. 
Extensions of time, as follows: 
Roy L. Houck, Albany Overcrossing Project; 
Tom Lillebo, pier fenders for Yaquina Bay Bridge, Newport; 
K. L. Goulter, lNecarney Creek-Neahkahnie Mountain Section; 
EB. C. Hall Company, Warren Creek Section. 
Contracts completed and accepted as follows: 
Albany Overcrossing Section, Roy L. Houck; 
Necarney Creek-lieahkahnie Mountain Section, K. L. Goulter; 
Yaquina Bay Bridge pier fenders, Newport, Tom Lillebdo; 
Wasco County Line-iadras Rock Prod., M. L. O'Neil & Son; 
Third St.(Zend) Undercrossing Section, Roadside Improvement, 
Blair 7. Alderman; 
Pendleton-Pilot Rock Rock Production, Rogers Construction Co.; 
Woodburn-iolalla-Silverton Rock Production, A. S. Wallace. 
Date for June meeting scheduled for 12th and 13th. Special 
meeting scheduled for May 22. 
Multnomah County. Portland, Front Avenue project. Bids to be 
taken May 22. . 
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State of Idaho. Requests designation of 2 roads in Malheur 
County as state secondary highways to match Idaho connect- 
ing roads. 

Wolf Creek Highway. Resolution re access roads adopted. 

Curry County. Acquisition of property at Rogue River Bridge- 
heads, Gold Beach, disapproved. 

Wayside strips. Use of federal funds for acquistion discussed. 

Salmon River Highway timber strips. Purchase with state funds 
discussed. 

Maricn County. Silver Falls State Park. Request of Roman 
Kintz for renewal of lease for concession discussed. 
Taking of bids for concession privilege discussed. 
Plaques. Installation in park of plaques honoring C.C.C.s 
and Elmer Bankus suggested. 

Josephine County. Del Rogue tract at Grants Pass. Request 
for return of tract to county approved. 

Douglas County. Camas Mountain N.Y.A. Camp. Request of OSC 
for permission to establish camp in park approved. 

Jefferson County. The Cove. Purchase of 40 acres additional 
for park from Pacific Power & Light Company approved. 

Hood River County. Shell Rock Mountain. Purchase of Mead- 
Gantenbein property for park disapproved. 

Jackson County. Timber strios. Tiller-Trail Secondary. 
Purchase considered. Action deferred. 

Columbia County. Warrior Rock at St. Helens. Purchase of 
island disapproved. 

Lincoln County. County's request for state cooperation in 
purchase of Spruce Production Railroad right of way dis- 
cussed, 

C.C.C. Camps. Short Sand Beach and Silver Creek Falls only 
camps allotted to Oregon by government. 

Agreements, etc., signed as follows: 

U. S. Bureau of Reclamation. Irrigation canal encroachment 
on Old Oregon Trail, Umatilla County. 

Bonneville Power Administration. Power line construction 
on Pendleton-Cold Springs Highway, Umatilla County. 
Bonneville Power Administration. Transmission power pole 
line on Columbia River Highway, Multnomah County. 
Northern Pacific Railway Company. Slope encroachment on 
Lower Columbia River Highway at St. Helens. 

Sunset Logging Company. Easement for logging road, in 
Tillamook County. 

Bids opened and read on following projects and buildings: 
Willamette River Bridge at Corvallis, pier protection; 
Clackanas Overcrossing Sec., grad., pav. and 2 bridges; 
Dee-Woodworth Acres Section, grad., surf. and oiling; 
Josephine County Line-Central Point Section, widening and 
nonskid oiling; 

Traffic Signal System, City of Klamath Falls; 
Rock Creek-Benton Co,Line Section, grad., surf. & bit.mac; 
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1941 
10263 Apr. 4 Permit. Boat. C. I. Goode, Eugene, requests permit to trans- 
port boat on state highway from Eugene to Mapleton. 

Permit. Fruehauf Trailer & Equipment Company requests permit 
to operate overlength equipment over Oregon highways. 

Sale of buildings, as follows: 

Columbia County. St. Helens. Building sold to Leslie Waters; 
Clackamas County. West Portland-Cooke Overcrossing Section of 
West Portland Highway, Shack sold to Glenn S. Ehle. 

Log hauling. Resolution covering rules and regulations for per- 

mits for continuous hauling presented for consideration. 
10264 Permit. Request of Chet Goode and W. H, Tugman for permit to 

transport boat from Eugene to Mapleton granted. 

Consolidated Freightways requests permit to operate oversized 

equipment between California state line and Medford, and be- 

tween Medford and Klamath Falls. 

Malheur County. Ontario. City requests rerouting of Old Ore- 
gon Trail from Oregon Street to First Street; estimate of 
cost of oiling to be furnished city. 

10265 Awards. Commission announces awards of contracts. 

10266 Linn County. Delegation. 
Santiam River Bridge at Cascadia Park. County requests 
state to assume jurisdiction. 

10267 Cascadia State Park Road. Designation as state secondary 
highway discussed. 
Farm-to-market roads. County court informed no federal aid 
funds available for feeder roads in Linn County. 
Albany-Brownsville Road. County's ist choice for improvement. 
Shady Hill Section, Santiam Highway. Improvement discussed. 

Log hauling. Ford Harvey granted permit to haul overlength 
piling on South Santiam Highway. 

Marion County. Silver Creek Falls Park. Roman Kintz requests 
renewal of lease of park property for lunch room. 

Linn County. Albany. City requests state maintain streets 
damaged by log hauling; old highway route to be repaired. 

10268 City streets. State-wide policy of maintenance discussed. 

Hood River County. City of Hood River requests rerouting of 
Hood River Secondary Highway through city. 

Hood River Secondary Highway. Resolution rerouting highway 
through Hood River adopted. 

10269 Tillamook County. Telephone pole line. Request of Nehalem 
Telegraph & Telephone Co. to construct line along Oregon 
Coast Highway near Brighton denied. Existing poles on 
westerly side of highway ordered removed. 

10270 City streets other than state highways. Pacific Highway 
Association requests that state maintain. 

Umatilla County. Duck Lake. Boardman-Stanfield Highway. 
Gordon H. Smith requests extra compensation for right of 
way on account of loss of lake. 
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Page Date Subject 
41 


10284 May 8 Lane County. Pacific Highway at Goshen. Delegation requests 
change in wording on sign. 
10285 Multnomah County. Mt. Hood Highway. Delegation requests im- 
provement between Portland and Gresham. (Powell Valley Road. ) 
Awards. Commission announces award of contracts and sale of 
buildings. 
10288 Malheur County. Nyssa. Delegation informed state to pave 
Main Street and install storm sewer. (See P. 10282). 
Umatilla County. Oregon-Washington Highway. Delegation re- 
quests improvement of Milton-Washington State Line Section. 
Engineer instructed to contact State of Washington re com- 
pletion of highway. 
Milton. Delegation requests extension of improvement at 
south city limits; also improvement of Union Street and 
South Main Street. No action taken. 
Log hauling. R. A. Weiser granted permit to transport logs 
from Cannon Beach to Astoria. 
10289 Multnomah County. Corbett. Delegation requests construction 
of new landing slip in Columbia River. 
Timber strips. Engineer instructed to file applications for 
federal funds for purchase of following: Salmon River High- 
way, and Pendleton-John Day Highway between Dale and Camas 
Creek Junction. ; 
Multnomah County. Talbot State Park. Bridal Veil Pioneers 
Assn. granted permit to erect drinking fountain in park. 
10290 Hood River County. Herman Creek, Columbia River Highway. 
Offer of H. L. Edmunds to donate land for park declined. 
Marion County. Mehama. North Santiam Highway. Offer of 
Albert R. Meyers to sell land for park declined. 
Klamath County. Offer of Geo. P. Taylor to donate park site 
near Klamath Falls declined. 
Timber strips. Tiller-Trail Secondary Highway. Negotiations 
for 0 & C and county land authorized; cost of private land 
to be investigated. 
10291 Lincoln County. State to cooperate with county in purchase 
of Spruce Production Railroad right of way; county to deed 
state portion of right of way in state's wood lot. 
Agate Beach. Request for erection of speed-limit signs on 
beach granted. 
Linn County. Cascadia State Park. Request of Messrs. Pfieffer 
and Poling to continue building encroachment denied. 
Options for two additional parcels of land for park authorized. 
10292 Hood River County. Shell Rock Mountain, Columbia River High- 
way. Mrs. Mead's offer to sell 112 acres for park considered. 
Douglas County. Umpqua Lighthouse State Park. Purchase of 
65 acres of additional land recommended. 
Linn County, Cascadia State Park. Spur road to park to be 
acquired by deed from county. 
Lincoln County, Waldport. Request for additional rock to en- 
large parking area south of Waldport. Action deferred. 
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10280 


10281 


10282 


10283 


10284 


Sub ject 


Bids received on following projects and buildings (cont. ) + 
Canyon Creek-Bryant Hill Section, grad., surf. and bit. mac.; 
Bully Creek~Vale Section, grad., surf., and oiling; 

Cow Hollow Creek-Adrian Junction Section, grad., surf., oil. 
and bridge; 

Hawthorne Bridge, Portland, reconstructing approaches; 
Sunset Camp-Davies Section, surf., bit. mac., and oiling; 
Buildings at Glenwood. Sale of two buildings. 

Warm Springs Highway. Don Peoples, Bend, inquires regarding 
inspection trip. No date set. (See P. 10439) 

Jackson County. Crater Lake Highway. Delegation requests: 
Prospect to Trail, widening and straightening. $30,000 ap- 
proved for this project. 

Agate Station, elimination of curve requested, 

Benton County. Corvallis. Delegation requests following: 
North 9th Street, widening. 

Third Street, widening from Adams St. to Mary's River Bridge. 

Survey. Corvallis. Third Street from Adams Street to Mary's 
River Bridge approved. 

Renton County. Corvallis. Parking cars on only one side of 
3rd St. to be investigated as temporary relief of traffic 
problem. 

Tillamook County. Trask River Bridge approaches. Delegation. 
State to do approach work. County to reimburse state for 
expense. Bids to be received at June meeting. 

Wilson River Highway. Request of delegation for early opening 
denied. September 15 tentatively set. 

Washington County. Glenwood-Banks Section, Wilson River High- 
way. Delegation's request for reconstruction denied. 

Douglas County. Port of Umpqua. Delegation requests permit 
to store logs at south end of Umpqua River Bridge. 

Josephine County. Intersection of Redwood and Pacific High- 
ways at Grants Pass. Installation of better lights and 
signs approved, (See P. 10284) 

Clatsop County. Seaside. Re-establishment of water pipe line 
affected by Vollmer Creek line change authorized. 

Malheur County. Nyssa. Paving of Main Street and construc- 
tion of storm sewer approved. (See P. 10288) 

Klamath County. Crater Lake National Park. Relief from pay~ 
ment of fee charged motorists discussed, 

Deschutes County. Bend. The Dalles-California Highway. Re- 
quest of General Grocery Co, for full-width pavement in 
front of company's building denied. 

Road approaches. Oiling of road approaches on all state high- 
ways approved. 

Klamath County. Klamath Falls Traffic Signal System. Dimitre 
Electric Co. confers relative to disqualification of its bid. 

Josephine County. Redwood Highway, intersection with Pacific 
Highway, Grants Pass. Redwood Empire Association delegation 
requests revision and traffic signs. 
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10316 


Subject 


Clatsop County. Tongue Point WPA project, Astoria. State 
limits contribution to $60,000. 

Multnomah County. Bonneville Fish Hatchery. Request for 
oiling of driveway and parking area approved. 

Jackson County. Central Point. Pacific Highway. Request 
for elimination of curve at north city limits denied. 
Central Point to Gold Hill. Nonskid surfacing requested. 
Work already under way. 

Union County. Hunter Lane County Road north of Island City. 
Request for oiling approved. Bids to be received in June. 
Douglas County. Reedsport-Scottsburg Section, Umpqua Highway. 

Request for immediate construction denied. 

Klamath County. Klamath Falls. South 6th Street. Letter re 
improvement. Action deferred. 

Midland Secondary Highway. Oiling of portion authorized. 

Wasco and Sherman Counties. Sherars Secondary Highway, Buck 
Hollow Sec. $15,000 to be transferred to Midland Secon. Hwy. 

Clatsop and Columbia Counties. St.Helens-Astoria Section, 
Request for immediate improvement denied. 

Multnomah County. Base Line Road. Request for improvement 
and designation as secondary highway. No action. 

Request for improvement of 39th Ave. as state highway. 

Josephine County. Cave City, Redwood Highway. Oiling of 
rock shoulders with state forces approved. 

Wasco County. The Dalles. Construction of sidewalk in 
front of natatorium approved. 

Tillamook County. Arch Cape Tunnel, Oregon Coast Highway. 
Installation of lighting system approved. 

Douglas County, Elkton Tunnel, Umpqua Highway. Installa- 
tion of lighting system approved. 

Benton County. Corvallis. Flood lights. Installation at 
two highway intersections approved. RR Company to pay half. 

Survey. Havana-Helixmilroad grade crossing, Umatilla County. 
Location survey authorized. 

Columbia County. Scappoose. Agreement with city -overing in- 
stallation of water pipe line approved. 

Award, Following award confirmed: 

Onion Flat Section, Roy L. Houck. 

Log hauling. Elkton Tunnel, Umpqua Highway. Loads of logs 
to be flagged through tunnel; lanterns to be required on 
all loads of logs using tunnel. 

Load limit. Bridges. Tiller-Trail Secondary Highway No. 230. 
Resolution adopted lifting load limit, 

Umatilla County. Sign racks. Weston. Approved subject to 
certain requirements. 

Sign racks, Previous requirements covering installations 
modi fied. 

Benton County. Corvallis. Oak Creek Bridge widening. Ad- 
vertising for bids approved, 
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Sub ject 


Weighmasters. Enployment of weighmasters to check weighing 
of logging trucks authorized. 
Cancellation of permit ordered for refusal to weigh trucks. 
Log hauling. Rules and regulations for overlength permits. 
Resolution adopted. 
Special regulations adopted December 18, 1940, modi fied. 
Union County. Minam Hill Section of Wallowa Lake Highway. 
Allocation of $80,000 authorized. Additional section to be 
contracted next meeting. 


Grant and Baker Counties. Sumpter-Granite County Road. Request 
of Grant County for designation as secondary highway considered. 


Association of State Highway Employees. W. W. Currier's letter 
proposing such organization discussed. (See P. 10350) 

Wage increase. Revised schedule for hourly-paid employees ap- 
proved, Salem Shop employees request monthly-basis pay. 

Wasco County. The Dalles. Delegation requests state-owned 
ferry service across Columbia River. Engineer to report. 

Curry County. Port Orford. Orris Knapp right-of-way contro- 
versy. Offer of $6,000 authorized; if refused, condemnation 
authorized. 

Real property. Resolution authorizing acquisition. 

Washington County. Wilson River Highway. Charles Bateman 
offered $5,750 for right of way. 

Bids opened and read on the following construction projects: 
Vollmer Creek and Necanicum Junction Sections, grad., surf., 
and bituminous macadam; 

Days Creek-Wright Ranch Section, grad., surf., and oiling; 

Dean Creek-Parker Creek Rock Production; 

Oak Creek-Marks Ranch Sec., grad., surf., oil. and bridge; 

Mountain Rest-Mt. Vernon and Butte Creek-Service Creek Sec- 
tion, viling; 

Hanley Lane Section, grading, surfacing and oiling; 

Eugene Overcrossing-7th Avenue Section, grading and paving; 
Pendleton Airport Highway Section, grad., surf., and bitu- 

minous macadam; 

West Dairy Creek Bridge. 

Harney County. Burns Section of Central Oregon Highway. Dele- 
gation requests improvement. Work to be done with state 
forces. 

Coos County. Marshfield-Coquille Section, Oregon Coast High- 
way. Request for tidegates instead of bridges over sloughs, 
when highway is reconstructed, approved. 

North Slough. Request for tide box near highway bridge-at 
Hauser. Engineer to report. (See P. 10381 and 10424) 

Polk County. Monmouth. Pacific Highway West. Request for 
improvement of Knox Street approved. 

Jackson County. Birdseye Springs State Park. Request for 
lavatory facilities at park denied, 

Washington County. Farmington Secondary Highway. Request 
for improvement of unoiled section denied. 
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Subject 


Equipment. Purchase of following approved (cont.): 
1 buzz saw for Parks Department; 1 power lawn mower 
for Silver Creek Falls Park. 

Permit. Request of Petroleum Heat & Burner Company of Cal- 
ifornia, for permit to operate overlength equipment denied. 

Claims. Payment authorized by 1941 Legislature as follows: 
Baker County. Reimbursement for damages to Sumpter Valley 
Railroad. 
M. L. O'Neil & Sons. Reimbursement for bid deposit. 

Insurance, Acceptance of blanket-form insurance policies 
covering movements of special equipment authorized. 

Umatilla County. Request for designation of Pendleton Air- 
port Road as secondary highway considered, 

G. S. Paxson authorized to attend meeting of Bridge Committee, 
Western Association of State Highway Officials. 

Permit. Request of B. E. Maling for permit to transport pea- 
viners over certain state highways approved, 

Tillamook County. Oceanside. Request to use beach as land- 
ing field during celebration denied, 

Columbia County. Longview Bridge. Request for immediate pur- 
chase of bridge discussed. 

Labor. Newspaper clipping re new labor agreement between 
highway contractors and labor union. 

Sherman County. Fulton Canyon-Locust Grove Section. Con- 
tracting of project with 1941 and 1942 funds approved. 

Multnomah County. Portland. Report of accident on Sandy 
Boulevard at intersection with Northeast 105th Street. 

Linn County. Scio-Lyons Section, Albany-Lyons Secondary High- 
way. Preparation of plans and specifications authorized. 
Jackson County. Salt Creek-Farlow Ranch Section, Little Butte 
Secon. Highway. Preparation of plans and specifications 

authorized. . 

Umatilla County. Athena-Cold Springs Section, Athena-Holdman 
Highway. Preparation of plans and specifications authorized. 

Klamath County. South Sixth Street Section, Klamath Falls. 
Preparation of plans and specifications approved. 

Awards. Chairman announces award of contracts. 

Umatilla County. Pendleton. Sale of state-owned property to 
Grover Pound authorized. 

Clackamas County. Gladstone. Request of Mrs. Delilah Jones 
Jeffries to lease state-owned property approved. 

Marion County. Silver Creek Falls State Park. Sale of con- 
cession to be advertised for bids at June meeting. 
Roman Kintz' offer to relinquish lease accepted. Payment 
for lease avthorized. 

Columbia County. Fseirview Cemetery near Scappoose. Request 
for removal of graves to opposite side of highway denied. 
Lincoln County. Toledo. Corvallis-Newport Highway. Kesolu- 
tion of City of Toledo with respect to abandoned portion. 
Lane County. City of Cottage Grove. Resolution abandoning 

old route of Pacific Highway adopted. 
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Claim. Settlement of claim against Swift & Company for damage 
to highway equipment approved. 

Cascade Secondary Highway. Resolution designating as through 
highway adopted. 

Penalty reduction. Homer G, Johnson requests relief from pen- 
alty imposed on contract No, 2324, Prineville Section. 

Porter W. Yett requests relief from penalty imposed on con- 
tract No. 2220, Warren-Scappoose Section. 

Curry County, Oregon Coast Highway. Request of Koblenzer y 
Brothers to construct temporary roadway across state prop~ 
erty. Agreement to be prepared. 

Linn County. Delegation requests following: 

Airport Road. Designation as secondary highway. 
Albany-Erownsville County Road. Improvement and designation 

as secondary highway. 

Mehama-Mill City County Road, via Lyons. Designation as sec- 
ondary highway. : 
Encroachments and right of way widths to be investigated. 

Douglas County, Oak Creek-Marks Ranch Section, North Umpqua 5 
Highway. Delegation advises right of way acquired by county. i 
Gravel bar. County requests state cooperate in purchase 
from R. T. Blakley. 

Condemnation.cases. County's request for services of Com- 
mission's attorney in certain cases approved. 

Curry County. Port Orford. Orris Knapp re settlement for ; 
right of way through Knapp Hotel property (See P. 10321). 

Gold Beach. Width of right of way discussed. Delegation 
urges immediate adoption of permanent line through town. 

Lane County. Eugene-Veneta Section of Eugene-Swisshome Sec- 
ondary. Delegation confers re construction of overcrossing. 
Veneta South Section of Territorial Secondary Highway. Dele- 
gation requests improvement. (See P. 10236) 

"Route FY Highway. Delegation re construction. 

Log hauling. Request of Mrs. W. S. Pratt to transport over- 
length piling across Pacific Highway East at Milwaukie. 

Curry County. Port Orford. E. L. Philpott requests fill at 
tourist cabins on account of grade change. 

Port Orford. Orris Knapp appears re settlement for right 
of way across Knapp Hotel property. (See P. 10319) 

Bid, Request of C, J. Eldon for reconsideration of bid for 
construction of West Dairy Creek Bridge, Washington County. 

Marion County. Silverton. City requests services of engineer 
in preparation of plans for bridge’ across Silver Creek. 

Log hauling. Request of Oregon Lumber Co. to eliminate flagman 
at Austin-Spur crossing of John Day Highway. 

Washington County. Devils Fork Bridge, Wilson River Highway. 

Name of "Graham Bridge" approved, 

Equipment. Purchase of following approved: 

6 pickup trucks for weighmasters; 1 coupe for Supervisor of 
weighmasters; 2 pickup trucks for Parks Superintendent; 
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Agreements, et cetera, signed as follows: (cont.) 

City of Klamath Falls, installation and financing of traf- 
fic signals; 
U. S. of America, covering crossing of Stanfield-Boardman 
Highway over irrigation canal in Umatilla County, 

Tum-A-Lum Lumber Company, lease of maintenance site, in 
Hermiston; 

Huber Ray and Ralph Adams, Jr., covering log hauling across 
state property adjacent to Salmon River Highway; 

Willard Ross, covering log hauling across state property 
adjacent to Salmon River Highway, Tillamook County; 
Southern Pacific Company, storage site at Centrai Point; 
Public Roads Administration and Forest Service, improvement 
of Wapinitia Highway, as forest highway pro ject; 

Bargain and sale.deed conveying-unto Josephine: County 0.5 
acres-of land. 

Bargain and sale deed conveying one acre in Baker County to 
Ruby R. Bowman; 

Bargain and sale deed conveying unto Leslie Watters 9,084 
sq.ft. in St. Helens, Columbia County; 

Bargain and sale deed conveying unto Alfred M. Peterson 

10 acres in Marion County; 

Bargain and sale deed conveying unto T. L. Kuhns 9,219 sq.ft. 
in Cottage Grove. 

Bids received on following projects: 

Astoria (Astor Street-Bond Street) sec., grad. and paving; 
Vollmer Creek and Necanicum Junction Sections, grad., surf., 
and bituminous macadam; 

Day Creek-Wright Ranch Section, grad., surf., and oiling; 
Oak Creek-Marks Ranch Section, grad., surf., oil. & bridge; 
Dee-Woodworth Acres Section, grad., surf. and oiling; 
Crabtree Corner-Lebanon Section, grade widening and paving; 
Front Avenue (Washington St.-Clay St.) Section, grad. & pav.; 
Morrison Street Bridge, approaches and retaining walis; 
Umatilla River Overcrossing and other structures near 
Stanfield. 

Multnomah County. Front Avenue Project, Portland. Removal 
of car tracks discussed. S.P. & S. Railroad Co.'s request 
to salvage rails approved. Company to replace pavement. 

Harney County. Rome-Princeton Secondary Highway. Request for 
state contribution for construction approved, 

Klamath County. Klamath Falls. 5S. 6th St. improvement dis- 
cussed. Estimates of cost of 60' and 80' right of way to 
be presented at June 12 meeting. 

Malheur County, Ontario. Delegation re improvement of First 
Street as highway route. Public hearing set for July. 

Umatilla County. Pendleton Air Base. U. S. Engineer's office 
re purchase of state-owned land for radio station. 
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Sub ject 


Sale of Timber, Down timber along Wolf Creek Highway to be 
sold to highest bidder at next meeting. 

Douglas County. Camas Mountain State Park. Request for im- 
provement, referred to Parks Superintendent, 

Permit. Request of Salem Electric Cooperative Assn. to install 
power cable on Willamette River Bridge at Salem approved. 

Condemnation. Recommended offers. Resolution adopted: 


Right of way for Hood River Secondary Highway No. 281; Tiller- 


Trail Highway; Pacific Highway; and Oregon Coast Highway. 

Wolf Creek Highway. Right of access from abutting properties 
ineluded in condemnation. 

Lincoln County. Depoe Bay. Damage claim of H. D.. Ritchey due 
to grade change. Settlement authorized. 

Klamath Gounty. Klamath Falls. Irrigation assessment on high- 
way department's shop property. Payment authorized. 

Association of State Highway Employees. To be discussed with 
W. C. Currier personally. Letter outlining Commission's 
polic , to be sent to all employees. 

Curry County. Port Orford. Offer of 60 residents to help pay 
cost of right of way across Orris Knapp property. 

Surveys. List of surveys ordered by Engineer. 

Extension of time: Leonard & Slate, Middleton-Newberg Roadside 
Improvement. 

Contracts completed and accepted, as follows: 
Middleton-Newberg Section, Leonard & Slate; 
Corvallis-Lincoln School Section, The United Contracting Co.; 
Keating Road-Ruckles Creek Section, Leonard & Slate; 

Cottage Grove Section, E. L. Gates; 
Klamath Agency-Modoc Point Section, E. L. Gates; 
Florence Section, M. L. O'Neil & Son. 

Agreements, et cetera, signed as follows: 

Douglas County, maintenance by county of section of North 
Umpqua Highway, after constructed by state; 

Morrow County, oiling of section of Ione-Gooseberry Road, 
cost to be paid by county; 


Nettie E. Baker, lease of maintenance site at Dufur, Wasco Co. 


O.W.R.& N. and Union Pacific Railroad Company, construction 
of overcrossing on Boardman-Stani eld Highway, at Stanfield; 
Taylor Grazing Administration, construction of pipe line and 
concrete troughs on Baker-Homestead Highway, Baker County; 
Portland Genez 41 Electric Company, furnishing electric ser- 
vice at Silver Creek Falls; 

James W. Ford, Jre, extending lease of CCC neadquarters at 
Honeyman State Park, Lane County; 
Scappoose, City of, construction of water pipe line neces~ 
sitated by improvement of Columbia River Highways 

Portland General Electric Company, re sale of parce). of land 
which state is purchasing from company$ 

0.W.R.& N. and Union Pacific Railroad Company, renewing 
lease of oil storage location at Island City; 
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Gilliam County. arlingth. Request of delegation for con- 
struction of road to U. S. Army Airport denied. 

Benton County. Corvallis. Delegation re improvement of North 
9th St. and widening of 3rd St. 

Survey. Corvallis. North Ninth St. and Third St. South from 
Adams St. to Mary's River Bridge approved. © 

log hauling. Delegation requests permit to haul overlength 
logs over Alsea Highway for construction of bridge at Cor- 
vallis. Request approved. 

Equipment. Purchase of following authorized: 
1 electrically-operated pump; 1 diesel power plant for San- 
tiam Headquarters; 1 concrete vibrator, and 1 three-beam 
platform wheelbarrow scales for Bridge Department; 3 con- 
crete carts. 

Irene Payne. Authorized to attend travel show at Walla Walla, 
Washington, May 21 to 24. 

George Otten, Landscape Engineer. Authorized to attend meet- 
ing of Roadside Improvement Committee, P.R.A., in June. 

Commissioners and R. H. Baldock authorized to attend meeting 
of Western Assn. of State Highway Officials, June 17 to 20. 

Interstate Bridges. Columbia River. Joint investigation of 


prospective bridge sites with State of Washington authorized. 


Washington County. Devils Fork Pridge. Loyal M. Graham ex- 
presses appreciation for naming "Graham Bridge". 
Glenwood-Sunset Camp County Road. Request for continued 
maintenance after Wolf Creek Highway is opened. 

U. S. Travel Bureau. Request for assistance in securing 
appropriation for bureau. Referred to Harold B. Say. 

log hauling. Request of Oregon Lumber Company for permit to 
haul logs across John Day Highway and Austin Spur Section 
on Saturdays, Sundays and holidays granted. 

Awards. Commission confirms following awards: 

Miner Creek-Spencer Creck Section, Berke Bros. ; 

Canyon Creek-Pryant Hill Section, Leonard & Slate; 
Eugene Overcrossing-7th Avenue Section, E. C. Hall Co.; 
Rock Creek-Benton County Line Section, E. L. Gates; 
Bully Creek-Vale Section, Tony Marrazzo; 

Cow Hollow Creek-Adrian Junction Section, Tony Marrazzo. 

Marion County. Request of Detroit Power Company for permit 
to maintain power line along North Santiam Highway. 

Washington County. East Fork Dairy Creek Bridge. Engineer 
authorized to advertise for bids. 

Coos County. Myrtle Point-Powers Secondary Highway north of 
Powers. Request for improvement. Action deferred. 

Lane County. Springfield-Creswell Secondary Highway near 
Natron. Elimination of two sharp curves requested. 

Right of Way Budget. Assistant Attorney's report. 

Real property. Resolution authorizing acquisition. 
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Sub ject 


Jackson County. Crater Lake Highway. Delegation re improve- 
ment of highway through site of proposed army cantonment, 
north of Medford. 

Permit. Request of Pierce Auto Freight Lines to transport 
overweight loads between California State Line and Medford, 
Clackamas County. Canby-Marquam Road. Designation as second- 

ary highway approved. Improvement authorized, 
Molalla-North Fork kx sd. Request for designation as second- 
ary highway denied, 

Canby. Repair of existing road authorized, 

Wasco County. The Dalles. Matter of free ferry service dis- 
cussed. Action deferred. (See P, 10426) 

City streets other than state highways. Adoption of state- 
wide policy for improvement discussed. (See P. 10426) 

Columbia County. lower Columbia River Highway, Additional 
settlement with Frank Golse for right of way approved. 

Klamath County. South 6th Street Klamath Falls. Delegation 
confers re improvement. City to secure right of way options. 
The Dalles-California Highway. Delegation urges reconstruc- 
tion between Graham Marsh and Algoma, and between Terminal 
City and foot of Algoma Hill. 

Permit. Request of Consolidated Timber Co. to conduct log 

hauling on closed section of Wilson River Highway approved. 
Forest Highway Projects discussed with Public Roads Adminis- 
tration as follows: 
North Santiam Highway. State to maintain between Detroit 
and Santiam Highway junction. Government to pay for work. 
Willamette Highway, vicinity of Odell Lake. Project to be 
reduced to five miles and readvertised for bids. 
Fox Valley Section, Pendleton-John Day Highway. Funds to 
be transferred from Port Orford South Section, and work re- 
advertised for bids. 
Port Orford South Section. Funds to be transferred to Fox 
Valley Section, Pendleton-Jolm Day Highway. 
Tiller-Trail Secondary Highway. Construction of bridge near 
junction with Crater Lake Highway approved. Funds to be 
transferred from Purt Orford South Section. 
Port Orford South Section. Funds to be transferred to bridge 
on Tiller-Trail Secondary Highway. 
Wapinitia-Warm Springs Forest Highway. -To be advanced in 
construction program. 
Oregon Coast Highway. Remaining funds from Port Orford 
South Section to be used on some section. 

Awards. Chairman announces award of contracts. : 

Clackamas County. Canby-Marquam Rc ga. Delegation informed 
designation as secondary highway has been approved. . 
Molalla-liorth Fork Road. Delege sion informed request for 


designation as secondary highway denied. . 
Delegation informed request for improvement appro ved. 
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Agreements, et cetera, signed as follows: 

J. W. and J. R. Hillstrom, re removal of old bridge over 
Coalbank Slough, Marshfield, after new bridge is completed; 
State Board of Higher Education, relative to radio programs; 
Morrow County, re Paterson Ferry Road; 

T. W. Panter and Tidewater Assoc. Oil Company,re property 
at Bandon; 

T. W. Panter, quitclaim deed to Panter for portion of old 
Oregon Coast Highway right of way, at Bandon; 

Public Roads Administration, special maintenance work on 
North Santiam Highway; 

Public Roads Administration, joiht letter re allocation 

of 1942 Federal Lands Highway Funds. 

Bids received on following projects: 

Woodburn-Rock Creek Section, surf. and oiling; 

Maintenance building at Condon; 

Viaduct on Rock Creek Section; 

Dee-Woodworth Acres Section, surf. and oiling; 

Grave Creek-Jumpoff Joe Creek Section, grading; 

Warner Summit-Mud Creek Section, grading and surfacing; 
Morrison Street Bridge approaches and retaining walls; 
Trask River-Peltz Corner Section, grad., surf., bituminous 
macadam and two bridges; 

Pendleton-Adams Section, roadside improvement; 

Boswell Ranch-Follett Ranch Section, grad., surf. and oil; 
Silver Creek Falls State Park, concession privileges; 
Bandon restaurant property; 

Wolf Creek Highway down timber. 

Bond. Official bond of State Highway Engineer to be renewed 
with same companies this year. 
Public drawing to be held in 1942. 

Advisory Board on Publicity Matters. E. B. Aldrich appointed 
member. 

Hollis W. Libby, authorized to attend Natl. Congress on Sur- 
veying and Mapping, Washington, D. C., Jung 16 to 18, 1941. 

Salary schedules. Revision of classification for engineering 
positions and salary schedules approved. 

Marion County. lMehama-Mill City County Road. Request of 
delegation for designation as secondary highway. 
Salem-Silverton County Road. Middle Grove-Central Howell 
Section. Delegation requests improvement; also survey 
from Central Howell to Silverton. 

Survey. Salem-Silverton County Road. Completion authorized. 

Marion and Linn Countjes. N,Santiam Highway.. Detroit to South 
Santiam Highway junction. Delegation re designation as 
secondary highway. 

Tillamook County. Nehalem River Bridge. State to repair. 
County to pay cost. Agreement signed. 

Trask River Bridge, State to repair. County to pay cost. 
Agreement signed covering increased cost. 
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Condemnations. Recommended offers. Resolution adopted: 
Right of way for: Oregon Coast Highway; Pacific Highway. 
Gravel Pit: Burns-Crane Highway. 

Washington County. Wilson River Highway. Chas. S. Batema. 
property. Condemnation authorized if settlement cannot be 


Linn County. Sour road from Santiam Highway to Caseadia Park. 
Deed from County Court conveying right of way accepted, 

Curry County. Port Orford, Orris Knapp right of way contro- 
versy discussed. 

Wolf Creek Highway. Access roads. Attorney authorized to re~ 
vise resolution of April 4, 1941, with respect to width of 
right of way. (See P. 102%) 

Umatilla County. Duck Lake on Boardman-Stanfield Highway. 
Acquisition of 160 acres from Gordon H. Smith approved. 

Voucher. Joseph P. Parker, et al, condemnation case. Not 
approved by Secretary of State. (See P. 10414) 

Lane County. Port of Siuslaw, Florence. Request for planting 
of Holland Grass on sand dunes south of Siuslaw River denied. 

Linn County. Lebanon. Request to detour traffic from Main St. 
during Strawberry Festival appro 

Multnomah County. Insurance. Steel Bridge, Portland. Date 
insurance to be provided railroad companies discussed. 

Coos County. Oregon Coast Highway. Request for cooperation 
in construction of tidegates at North Slough discussed. 

(See P. 10424) 

Federal Aid Secondary Highway Program. Revisions discussed. 

Harney County. Wright's Point-Narrows Section. To be dropped 
from federal aid secondary highway program. 

Marion County. Woodburn-Rock Creek Section. To be dropped 
from federal aid secondary highway program. 

Grant County. Kimberly East Section. To be transferred to 
1941 federal aid secondary highway program. 

Sherman County. Buck Hollow Section of Sherars Secondary 
Highway. To be constructed with state funds next year. 

Umatilla Vounty. Athena-Cold Springs Section of Athena Cold 
Springs Secondary Highway. To be constructed with state 
funds next year. 

Linn County. Scio-Lyons Section of Albany-Lyons Secondary 
Highway. To be dropped from all programs. 

Columbia County. Scappoose. Letter to city re controversy 
involving sidewalk construction in front of Wikstrom property. 

Contracts completed and accepted as follows: 
Millican~Brothers Section, A. S$. Wallace; 

Seaside-Wheeler Section, Babler Bros. 

Agreements, et cetera, signed as follows: 
Southern Pacific Company, correcting erroneous reference in 
Clackamas Overcrossing agreement; 

J. H. Chambers, construction of spur railroad track over 
state property in Cottage Grove 5 
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Parks Department. Financial report of Parks Superintendent. 

Multnomah County. Talbot State Park Coumty Road. Request 
for improvement and designation as secondary highway. 

Hood River County. Wayside park on Mt. Hood Highway. Pur- 
chase of 20-acre tract for park approved. 

Linn County. Cascadia State Park. Request to operate store 
and post office concession within park denied. 

C.C.C. Camps. Status of camps in state parks reported on. 

Curry County. Proposed joint state park at California state 
line discussed, 

Clatsop County. Tillamook Head. Purchase of two tracts from 
federal government authorized. 

Big Tree Park, Request for park denied. 

Coos County. Cape Arago State Park. Agreement re removal 
of timber from park signed. 

Linn County. Halsey-Sweet Home Secondary Highway near Craw- 
fordsville. Request for wayside park denied. 

Douglas County. Tiller-Trail Secondary Highway. Timber 
strips. Report re preservation of strips approved. 

Baker County. Anthony Lakes. Snow removal. Request of 
delegation to be considered on inspection trip to Ontario. 

Bids received on following projects: 

Oak Creek Bridge widening; 

Gearhart-Seaside Section, oiled rock footpath; 
Algoma-Terminal City Section, grading, topping, surfacing, 
and bituminous macadam; 

liner Creek-Spencer Creek Section, Spencer Creek Bridge; 
Fulton Canyon-Locust Grove Section, grad., surf., and oiling; 
Meadow Brook Section, grading and topping; 

West Ranch-Island City Section, surfacing and oiling. 

Minutes approved. December 3, 4 and 5; December 17 and 18, 
1940; and January 10, 1941. 

Clackamas County. Oswego. ‘fidening of highway, including 
revision of Southern Pacific Company's facilities, approved. 
Agreement with railroad company re property between hi ghway 
and railroad to be secured. 

Right of Way Budget. Assistant Attorney's report on status. 

Real Property. Resolution authorizing acquisition. 

Clatsop County. Tongue Point. Attorney instructed not to 
close options until project approved by federal government. 

Condemnations. Recommended offers. Resolution adopted: 
Right of Way for: Columbia River Highway, Newport-Corvallis 
Highway, and Pacific Highway. 

Lane County. Eugene-Springfield Section, Pacific Highway. 
Settlement of right of way controversy with Southern Pacific 
Company approved. 

Klamath County. Klamath Falls-Weed Section. Decision re 
right of way involving pro,erty of urs. Yecker deferred. 

Multnomah County. Front Avenue Project, Portland. Rentals 
collected by Edlefsen-Weygandt Co. to be returned to tenants. 
Tenants to be notified to vacate at once. 


Page Date 
1941 
10391 June 12 


10392 


10393 


10394 


10396 


10397 


10398 


10399 


Subject 


Wapinitia Forest Highway Project. Public Roads Administration 
request project be deferred. 

Warm Springs Highway. Public Roads Administration requests 
transfer of funds from Wapinitia Forest. Highway. Approved. 

Lane County. “Route F® Highway. Eugene to coast. Delega- 
tion requests improvement. 

Clatsop County. Warrenton Section, Ft. Stevens County Road. 
Delegation re construction of grade crossing at Warrenton. 
Project deferred until P.U.C. holds hearing. 

Lane County. Eugene. Union Oil Company to be allowed temporary 
use of area up to ll ft. from curb, rather than 16-ft. set- 
back line ordered by city along Sixth Street. 

Deschutes County. Terrebonne-Lower Bridge County Road. Dele- 
gation requests improvement. County to pay for work. 
Shevlin Park Road. Delegation requests oiling. County to 
pay for work. 

Tumalo-Deschutes Secondary Highway. Delegation requests 
oiling of 33-mile section. 

Tumalo-Cline Falls Secondary Highway. Delegation requests 
oiling of 3.4 mile section. 

Warm Springs Highway. Don Peoples inquires regarding inspec- 
tion trip. Request for status map granted. 

Clackamas County. Timberline Road, Agreement with Public 
Roads Administration re improvement signed. 

Awards of contracts. Exception made in today's letting, re 
policy covering projects on which only one bid is received. 
Chairman announces awards of contracts, coiucession privilege 
at state park, sale of property and sale of down timber. 

Multnomah County. Gorbett. Log dump. Request of John A. Brix 
to maintain temporary log dump on state property granted. 

Log hauling. Permit to haul logs over Columbia River Highway 
from junction with Brower Road to road leading to Corbett 
Station granted to ifr. Brix. 

Washington County. Private road extending from Wilson River 
Highway, near Glenwood, toward Timber. Delegation's request 
for designation as state highway denied. 

Permits. Regulations covering temporary permits for isolated 
movements of oversized equipment approved. 

Multnomah County. Barbur Blvd,, Portland. Removal of adver- 
tisement approved. 

Equipment. Purchase of hydraulic fleor jack for use of Port- 
land Division headquarters approved. 

Baker County. Hal fway-Cornucopia Secondary State Highway. 
Improvement authorized. 

Linn County. Santiam Highway between Foster and Cascadia. 
Construction of oil mat authorized. 

Linn and Marion Counties. N. Santiam Highway between Detroit 
and S. Santiam Highway junction. Reoiling authorized. 

Klamath County. South Sixth Street, Klamath Falls. Report 
on proposed improvement. Further report ordered. 
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Clackamas County. Canby-Marquam Secondary State Highway No. 
170. Resolution adopted designating as secondary highway. 
Umatilla County. Section of Airport Secondary Highway No.336. 

Resolution adopted designating as secondary highway. 

Linn County. Albany Airport Road. Resolution adopted desig- 
nating as secondary highway. 

Linn and Marion Counties. Mehama-Mill City County Road, via 
Lyons. Request for designation as secondary highway. 

Linn County agrees to furnish proper right of way for road. 
North Santiam County Road, from Detroit to junction with 
Santiam Highway. Designation as secondary highway requested. 

Marion County. Woodburn, Hillsboro-Silverton Secondary High- 
way. Request for rerouting along Young Street extension. 

Equipment. Purchase of two portable boilers authorized unless 
faster delivery of asphalt can be secured from Railroad Co. 

Coos County. North Slough dike and tidegate. Request for 
contribution for construction denied. 

Umatilla County. Milton. Main St. improvement considered, 
Traction Co.'s obligation to maintain street to be investi- 
gated. (See P. 10477) 

Polk County. Independence. Request of city for improvement 
of short section through town approved. 

Wasco County. The Dalles. Proposed establishment of free 
ferry service across Columbia River discussed, 

City streets not on state highway routes. Adoption of policy 
for maintenance discussed. 

Linn County. Albany. Maintenance of certain streets damaged 
by log hauling authorized. 

Clackamas County. Canby. Maintenanee of certain streets 
damaged by log hauling authorized. 

Lincoln County. Bridge over Millport Slough on Oregon Coast 
Highway. Engineer authorized to advertise for bids. 

Klamath County. Sprague River County Road. Request for state 
funds to match federal appropriation for improvement. 

Tillamook County. Dolph-Yach Ranch Section, Little Nestucca 
Secondary Highway. Request for improvement discussed, 

Clatsop County. Bridge on Jewell-Elsie County Road, (tempor- 
ary state highway detour). Repair authorized. 

Tillamook County. Stillwell Bridge, Netarts Secondary High- 
way. Repair authorized. 

Umatilla County. Weston-Elgin Secondary Highway between Camp 
McDougall and E. E. Tucker farm. Request for improvement 
denied. Maintenance authorized. 

Multnomah County. Skyline Soulevard. Surfacing of northerly 
extension of project approved. 

Union Avenue, Portland. Request for installation of light- 
ing system deferred. 

Interstate and Denver Avenues. Plans to be prepared for 
completion of lighting system. 


10414 


10415 
10416 


10417 


10418 


10419 
10420 


Subject 


Right of Way. Policy adopted relative to expenditure of state 

funds for right of way not paid for by counties in first in- 
stance. 

Lincoln County. Waldport. Right of way encroachment near 
pridge. Frank H. Hilton agrees to remove building within 
30 days. > 

Clackamas County. Oregon City. Lease of moorage rights in 
Willamette River to Crown Zellerbach Company discussed, 

Klamath County. Klamath Falls. Controversy re Matt property 
at junction of The Dalles-Calif. Highway and Green Springs 
Highway discussed. 

Jefferson County. Lamonta Section, Madras-Prineville Secondary 
Highway. County to allow abandoned sections to revert to 


Voucher. Joseph P. Parker, et al., condemnation case. Revised 
statement to be sent to Secretary of State. 

Multnomah County. Denver Ave. approach to Interstate Bridge. 
Request of Ivan Phipps for use of portion of right of way 
for service station denied. 

Clackamas County. Mt. Hood Highway near Rhododendron. Claim 
of Paul Gilbaugh for damages to property discussed. 

Douglas County. Gravel bar adjacent to North Umpqua Highway. 
County's request for state cooperation in purchase approved. 

Timber Strips. Salmon River Highwey. Resolution covering 
proposed purchase from Miami Corporation adopted. 

Curry County. Gold Beach. Improvement on 60-ft. right of way 
approved, if satisfactory to townspeople. 

Pole line. Removal from highway through town approved. 
Port orford. Orris Knapp condemnation case. Attorney's 
report on right of way situation. 

Lincoln County. Nelscott. Abandonment of portion of Oregon 
Coast Highway in front of Lampman property reconsidered. 

Washington County. Wolf Creek Highway near Sunset Camp. 
Building encroachments on right of way ordered removed. 

Jefferson County. The Cove State park. Matter of encroash- 
ment of Mrs. Videt McNeal referred to Parks Superintendent. 

Polk County. Rickreall. Request of Warren Burch to rent 
stock pile grantee. 

Yamhill County. Sheridan-McMinnville Section. Settlement 
with Mrs. Nora Mae Branson Moe for destruction of trees. 

Right of way settlements. Policy adopted of purchasing out- 
right trees, etc., occupying property at time of purchase. 

House moving. Policy discussed relative to allowance to be 
made low bidder, if not awarded job of moving. 

Awards. Commission announces award of contracts. 

Log hauling. Resolution adopted May 8, 1941, re granting of 
permits for overlength loads reconsidered and approved. 
Insurance. Reduction of amount of public liability and 
property damage insurance required discussed. 

Night hauling of logs to be permitted under certain conditions 
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Page Date Subject 
1941 A 
10433 June 13 Contracts completed and accepted, as follows: ¢ 
10434 Eightmile-Dry Creek Section, Babler Bros. ; 
Gold Hill Section, R. I. Stuart & Sons; 
Blalock-Lang Canyon Section, Roy L. Houck; 
Boardman-Stanfield Section, A. Milne; 
Lake Creek-Hanley Ranch Section, E. L. Gates; 
Bend-Forest Boundary Section, Babler Bros. 
Meeting date. Set for July 17 and 18, 1941. 
10435 Agreements, et cetera, signed as follows: 
Public Roads Administration, covering Front Avenue Project, 
Portland, between Washington and Clay Streets; 
Forest Service and P.R.A., joint letter to Washington, D.C., 
recomuending revisions in 1941 Forest Highway Program; 
Tillamook County, providing for repairs to lichalem River 
Bridge ; 
Cape Arago Park Commission, regarding removal of timber; 
Tillamook County, maintenance of Fairview School Corner- 
Eberhardt Corner Section, after improvement; 
L. E. Bierce, construction of logging road across state 
property adjacent to Salmon River Highway. 
Linn County, Mehama-Mill City Section. County to ac- 
quire 60-ft. right of way, before state takes it over; 
Bureau of Reclamation, construction of power pole line 
across The Cove State Park, in Jefferson County; 
W. W. Harris, construction of logging road across state 
property adjacent to Salmon River Highway, Tillamook Co.; 
Pendleton Board of Park Commissioners, landscaping at inter- 
section of Old Oregon Trail and Oregon-Washington Highway; 
10436 Union County, maintenance of Island City-West Ranch Section, 
after improvement as federal aid secondary highway; 
Midway Lumber Company, construction of logging road adjacent 
to Salmon River Highway, in Tillamook County; 
City of Seaside, installation of new water pipe line at Voll- 
mer Creek revision, Oregon Coast Highway, Clatsop County; 
Tillamook County, re payment'of county's share of cost of 
Trask River Bridge approaches; \ 
Bonneville Power Administration, construction of power line 
across highway near St. Johns Bridge, Portland; 
Bonneville Power Administration, construction of pole line 
across right of way of Pendleton Airport Highway, Umatilla Co; 
U. S. of America, transmission line easement over state- 
owned land in Multnomah County; 
U. S. of America, guy and anchor easement on state-owned 
property, Upper Columbia River Highway, Hood River County; ] 
Bargain and sale deed conveying unto Sven and Henry S. Lon- 
berg land in Astoria, Clatsop County; 
Bargain and sale deed conveying unto F. 
in Josephine County: 
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104249 


10430 


10431 


10432 


10433 


Sub ject 


Multnomah County, Interstate Bridge, Portland. Request of PGE 
Co. for reduction in rental for use of bridge denied. 

Forest Service. Request for list of equipment available for 
fighting forest fires granted. 

Equipment. Request of forest service for list of equipment 
available for fire fighting in case of emergency. 

Douglas County. Pole line, TM ller-Trail Secondary Highway. 
South Umpqua Telephone Co.'s request re moving of telephone 
poles. 

Cleim. Liability of Charles Rohkonen for damage to asphalt 
kettle, caused by car, discussed. 

Permits. Oversized equipment. Combines, pea dusters, farm 
equipment, etc. 30-day permits authorized. 

Log hauling. Request for permit to transport logs on Ochoco 
Highway on Saturday afternoons ranted. 
Request for permit to transport logs over Ochoco Highway on 
Sunday, June 15, denied. 

Equipment. Offer of I. A. Johnson to purchase three old vats 
accepted. ; 

Washington County. 12-mile connecting link between Wilson 
River and Wolf Creek Highways. Construction discussed. 

Lane County. Eugene. llth Ave. from junction with Frankland ; 
Ave, to west city limits. Request for designation as second- ~ 
ary highway. Action deferred. 

Clatsop County. Gearhart. Beach signs prohibiting vehicular | 
traffic and horseback riding approved. 

Workmen's Compensation Act. Babler Bros., contractors, request 
relief from provisions of act. Decision deferred. 

Multnomah & Clackamas Counties. Oswego Highway. Request for land- 
scaping,and removal of railroad tracks from district. 

Umatilla County. Pendleton Airport Road. Letter from Chas. | 
Reynolds re allocation of funds for construction. © 

Oregon Trail Association. Maps presented showing projects on 
Old Oregon Trail and Columbia River Highway recommended for 
construction ‘by association. 

Gas tax. State Highway Commissions of South Dakota and Texas 
voice protest of any increase in tax by Convress. 

Truck scales. Secretary of State requests use of scales in 
connection with licensing of trucks. Decision deferred. 

Marion County. North Santiam Highway between Mill City and 
Detroit. Request for immediate improvement discussed. 

Roadside improvement program for 1942. List of projects for 
improvement with federal aid funds approved, 

Lincoln County. Siletz Secondary Highway near Kernville. In- 
provement of 3.2-mile section authorized. 

Survey. Siletz Secondary Highway near Kernville. Authorized. 

Extensions of time: 
Dimitre Electric Company, Interstate Bridge, electrical work; 
R. I. Stuart & Son, Pacific Highway and Sams Valley Secondary 
Highway, crushed gravel in stock piles. 
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10459 


10461 


10462 


10463 


10464 


10466 


10467 


10468 


Subject 


Polk County. Monmouth. Delegation requests rerouting of 
highway through town. 

Klamath County. Sprague River County Road. Delegation con- 
fers re improvement. Engineer authorized to investigate 
re construction and financing with federal match-money. 
Chiloauin. Delegation requests oiling of two county roads 
entering town. County to pay cost of work. 

Marion and Linn Counties, North Santiam Highway. Delegation 
requests designation as secondary highway between Detroit 
and South Santiam Highway junction. 

Marion County. Salem-Silverton County Road. Delegation urges 
additional improvement. Action deferred until surveys are 
completed. 

Curry County. Brookings. Resolution abandoning short section 
of Oregon Coast Highway. 

Port Orford. Settlement with Orris Knapp for right of way 
discussed. Port Orford Chamber of Commerce urges settlement. 

Klamath County. Klamath Falls. Investigation re title to 
property at intersection of The Dalles-California and Green 
Springs Highways. Commission decides to retain title. 

Malheur County. Nyssa. Grade change damage claim of J. W. 
Hughey. Settlement aporoved. 

Curry County. Gold Beach. Improvement on 60! right of way 
approved, Bids to be received in fall. Specifications to 
include removal of utility poles. 

Clatsop County. Camp Clatsop-West Lake Section, Oregon Coast 
Highway. Acquisition of 80! right of way approved. 

House movers. Performance bond to be required, Policy adopt- 
ed re. allowance to be made low bidder, if not awarded job. 

Multnomah County. Front Avenue Project, Portland. Rentals 
collected by Edlefsen-Weygandt to be turned over to City. 
City to be asked to verify receipt of payment. 

Klamath County. Klamath Falls. Consideration of rignt of way 
matter involving subdivision of Hecker property deferred. 
Clackamas County. Rhododendron. Paul Gilbaugh damage claim. 

Settlement deferred pending proof of owmership of lend. 

Jackson County. Tiller-Trail Secondary Highway near Trail. 
Proposal to sell portion of Vaughn property discussed, 

Lincoln County. Agate Beach. Commission decides not to sell 
state-owned property lying between old and new highways. 
Nelscott. Resolution adopted abandoning portion of old 
highway fronting on Charles P, Nelson property. 

Columbia County. St. Helens. Henry J. Henze, claim for 
damages. Settlement approved. 

Claim. S.P. & S. Railroad Company. Claim for damages to as- 
shalt tank car by highway employees. Settlement approved. 
Military highway. Rainier to Corvallis. Delegation suggests 

construction of state highway for movement of troops. 

Columbia County. Delegation re construction of highway from 
Rainier to connect with Nehalem Secondary Hwy. near Vernonia. 


10437 July 16 


10438 


10439 


1044D July 17 
10441 


10442 


10443 


10450 


10453 


10457 


Subject 


Columbia Gorge Highway. Portland-The Dalles Section. Delega- 
tion confers relative to construction. Method of financing 
and use of equipment owned by Port of Portland discussed. 

Pacific Highway. bugene-Grants Pass Section. Delegation sug- 
gests sale of bond to finance reconstruction. 

Old Oregon Trail. Delegation re projects for improvement rec- 
ommended by Oregon Trail Association. 

Warm Springs Highway. July 23 set for inspection trip. 

Malheur County. Ontario. July 24 date set for hearing. 

City streets not on state highway routes. Maintenance of 
streets damaged by log hauling discussed. 

Oregon Trail Centennial Celebration. Administration of funds 
set up by Legislature for 1943 celebration discussed. 

Phil Parrish authorized to attend meeting of Pioneer Trail 
Agsociation, at Denver. 
Centennial Commission to be invited to meet with Commission 
at next regular meeting. 

Bids received on following projects: 

Wonroe-Lane County Line Section, grad., surf., and oiling; 
Warrenton-Skipanon Section, grading and paving; 

Bridge over North Fork Necanicum River; 

Kimberly-Simas School Section, grading and surfacing; 
North Unit, Wrights Point-Narrows Section, grad. & topping; 
Warner Sumait-Mud Creek Section, grad. and surfacing; 
Fisher Road-Oak Hill Section, grad., surf. and oiling; 
Bridge over Millport Slough near Kernville; 

Detroit-South Santiam Junction Rock Production; 

Front Avenue, Portland (Clay St.-Sheridan St.) Section; 
grading, paving and two subway structures; 

Independence (B Street-sionmoutii Street) Section, paving; 
Meadowbrook Section, grading and topping; 

Bridge over East Dairy Creek near North Plains. 

Harney County. Rome-Princeton Secondary Highway. Delegation 
requests state funds for project. 

Right of way budget. Assistant Attorney's report. 

Real property. Resolution authorizing acquisition. 

Condemnation. Recommended offers. Resolution adopted: 

Right of way and maintenance site, Columbia River Highway; 
Right of way for Willamette Highway and Shearars Bridge High- 
way. 

Washington County. Wolf Creek Highway. Condemnation resolu- 
tion covering Mary E. Ibach property, showing title now 
vested in Catherine Fowles. 

Condemnation proceedings authorized. List of properties on 
Davies-Gardner Section of Wolf Creek Highway. ; 

Washington County. Davies-Gardner Section, Wolf Creek Highway. 
List of properties authorized for condemnation. 

Clatsop County. Tongue Point, Astoria. Offer of Mrs. W. E. 
Blackstock to sell property for right of way declined. 
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10476 


10477 


10478 


104799 


10480 


10481 


10482 


Subject 


Forest Highway Program. Conference to be held August 14 
for formulation of program for 1942. 

Bids to be received for forest highway projects, August 14. 

Linn County. Albany. Tom Gilchrist requests access road to 
property on Pacific Ywy. East near Santiam Hwy. junction. 

Yamhill County. Amity-Dayton Secondary Highway. Delegation 
requests reconstruction. 

Multnomah County. Columbia Gorge Highway. Reouest for revi- 
sion of plans for highway throughdianita Starr's property. 
Marion County. Salem lodge No. 4 A.F.& A.ii. Request for direc- 
tional signs for special meeting August 9, 1941, approved. 
Dovglas County. Tiller-Trail Highway. Settlement with Soutn 

Umpqua Telephone Co. for moving poles approved. 

Umatilla County. Milton. Reconstruction of main street ap- 
proved, Walla Walla Traction Co. to cooperate. 

Maintenance ssensth nash Primary and secondary highways. 
Reports approved, 

Wolf Creek Highway. Connection with Nehalem Secondary High- 
way. Alternate routes discussed. 

Nehalem Secondary Highway. Connection with Wolf Creek Highway. 
Alternate routes discussed, 

Yamhill County. UcMinnville. Delegation requests improvement 
and designation as secondary highways of Third Street and 
Layfayette Avenue. Maintenance and repair authorized. Court 
asked to present formal resolution re designation as second- 
ary highways. 

Baker Street Section. Delegation requests improvement. 

Survey. Mcifinnville. Baker Street Section of Pacific Highway 
West. Survey authorized. 

Tillamook County. Wilson River Highway W.P.A. project. Dele- 
gation requests that work be expedited. 

Wilson River Highway. Delegation requests construction of 
connecting link with Wolf Creek Highway “ast of Glenwood. 

Multnomah County. Portland. Report on cost to reconstruct 
Sandy Boulevard between 82nd and 108th Avenue. 

Survey. Reconstruction of Sandy Blvd., Portland, between 
82nd venue and 108th Avenue. Survey authorized. 

Malheur County. Nyssa. Claim of Mrs. John Thomson, for 
damages to property due to highway construction. 

leg hauling. Delegations, representing log haulers of Coos, 
Curry, Douglas and Klamath Counties, request permission 
to haul logs during hours of darkness, and Saturday after- 
noons. 

Clackamas County. Oregon Oity. A. W. Bryant re purchase of 
state-owned land lying between Pacific Highway East and 
Willamette River. 

Strategic iilitary Highways. Letter from various organi za- 

tions endorsing bill now before Congress. 
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10468 July 17 


Subject 


Columbia and Washington Counties. Sunset Camp-Treharne County 
Road. Delegation requests designation as secondary highway. 

Lincoln County. Siletz Secondary Highway. Werner Timber Co. 
offers to contribute funds toward cost of improvement. 
Delegation requests posting of speed signs. 

Speed limits. Standard form covering matter of reducing speed 
limits on state highways to be prepared. 

awards. Chairman announces award of contracts. 

Lane County. Territorial Secondary Highway. Delegation re- 
quests oiling between Elmira and Wiper Station. 

Linn County. Scio. Delegation requests repair of main street 
damaged by log hauling. Repair authorized. 

Santiam Highway. Scio. Delegation requests oiling of shoul- 
ders full width along two-block section. 

Sherman County. Sherars Bridge Secondary Highway, easterly 
from Wasco County Line. Delcgation requests improvement. 
Contracting of work authorized, 

Wasco County. Sherars Bridge Secondary Highway, Wasco Section. 
Delegation requests improvement. No action taken. 

Chenoweth Creek County Road. Delegation requests surf. & oil. 
Fifteenmile Creek Road. Delegation requests oiling. 

Mill Creek County Road. Delegation requests oiling. 
Kuykendal Hill Road and Fifteenmile Creek Road. Request for 
traffic count approved. 

Quarry. County Court requests authority to secure rock from 
Craigs Point quarry, west of The Dalles. Approved. 

Lane County. Grade crossing, Eugene-Swisshome Secondary High- 
way. S.P. Co. requests provision be made for double track. 

Curry County. Brookings. J. Driskell claims damages due to 
grade change. Court ruling to be secured, 

Fire hydrant. Driskell requests resetting of hydrant. 

Port Orford. Delegation re Orris Knapp right of way settlemnt. 
Multnomah County. Portland. Delegation confers re following: 
Sandy Blvd, and 89th Ave. intersection. Investigation of 

traffic conditions requested; : 
Sandy Blvd. Widening between 82nd and 122nd Aves., and con- 
struction of concrete curbs, oiling of shoulders, requested; 

Deschutes County. Cascade Lakes Forest Highway Project west 
of Bend. Public Roads Administration's recuest for extra 
contribution from state approved. 

Forest Highway Program. Proposed revisions discussed. 

Curry County. Port Orford project to be reinstated. Funds to 
be transferred from Wapinitia Highway pro ject. 

Warm Springs Highway. Clearing project to receive funds trans- 
ferred from Wapinitia Highway project. 

Wapinitia Highway project. Funds to be transferred to Port 
Orford and Warm Springs Highway projects. 

Klamath and Lake Counties. Klamath Falls-Lakeview Forest High- 
way project. Expenditure of state funds authorized. 


Page Date Subject 
1941 

10488 July 18 Meeting dates. September 4 and 5, 1941, set for next regular 

meeting. Special meeting set for August 14, 1941. 
Agreements, et cetera, signed as follows: 

Gales Creek & Wilson River Railroad Co., Glenwood Overcross- 
ing, Washington County; 
Charles S. and Rosa M. Bateman, purchase of property for 
right of way, Washington County, 
Ernest D. and Zoa E. Wade, lease of maintenance headquarters 
site at Elkton, Douglas County; 
Deschutes County, construction of Terrebonne-Low r Bridge 


Road; 
Deschutes County, oiling of Shevlin Park Road, Bend; 
10489 Elmer C. Manning, exchange of lands under Taylor Grazing 


Act, in Klamath County; 

Portland Mortgage Company, vacation of portion of South- 
west Government Street, Newport; 

Woahink Lake C.C.C. camp site, rental agreement with U. S.; 
Southern Pacific Company, re Blodgett Overcrossing; 
Lexington Lodge No. 168, I.0.0.R ,lease of maintenance site 
at Lexington, Morrow County; 

City of Seaside, easement for pipe line on revised location 
of Wolf Creek Highway at Vollmer Creek; 

Southern Pacific Co., termination of lease of private road 
crossing near Strassel, Washington County; 

Bargain and sale deed conveying unto Housing Authority of 
Clackamas County 1.029 acre of land and road easement. 
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10483 


10484 


10485 
10486 


10487 


10488 


Subject 


Jackson and Josephine Counties, Sams Valley Secondary Highway. 
Temporary closing of portion to accommodate proposed Medford 
cantonment approved, 

Lane County. Eugene-Springfield Section. Agreement with S.P. 
Co. re reconstruction of highway discussed. Revisions made. 
Right of way for double track to be provided railroad company. 

Clatsop County. Tongue Point. Reconstruction of Columbia River 
Hwy.at Torgue Point approved by WPA. Attorney authorized to 
close options for right of way. 

Multnomah County. Columbia Gorge Highway. Juanita Starr right 
of way controversy. Recommended offer approved. 

Awards. Commission confirms following awards: 

Astoria (Astor St.-Bond St.) Section, The United Contract- 
ing Company; 

Umatilla River Cvercrossing and other structures near Stan- 
field, C. J. Montag & Sons}; 

Fulton Canyon-Locust Grove Section, 0. C. Yocom; 

Grave Creek-Jumpoff Joe Creek Section, Frank Penepacker. 

Equipment. Purchase of following authorized: 

3 Buick cars for Maintenance Engineer, Division Engineer 
and Parks Superintendent; 2 cars for use of Traffic Dept.; 
laboratory equipment to be installed in new laboratory 
building at Salem; 1 model 92 mimeograph machine. 

load limit. Weston-Elgin Secondary Highway. Resolution 
adopted lifting load limit. 

Coos County. Enegren Ferry. Alterations to approaches to ac- 
commodate 15-ton loads approved. 

Ferry operation to be advertised for bids in September. 

Pendleton-John Day Highway. Timber strips. Employment of 
cruiser to cruise standing timber authorized. 

Multnomah County. Portland, Purchase of small parcel of 

land at Union Ave. and East Couch Street authorized. 
purchase of right of way at Union Ave. and East Ankeny St. 
deferred until further investigation. 

Portland to be asked to give assurance that proposed route 
will be permanent. 

Clatsop Cowity. Proposed Coluabia River Bridge. U..S. Army 

Engineers to hold public hearing July 16, at Astoria. 
Malheur County. Nyssa. Invitation to attend celebration July 
24 for completion of underpass and new U.P.depot accepted. 
Clatsop County. Seaside. Invitation to attend Loggers Carni- 

val, August. 9 and 10, declined. 
Douglas County. Drain. Request for state aid in design for 
bridge over Pass Creek approved. 
Workmen's Compensation Act. Request of Babler Bros., contract- 
ors, for relief from provisions of act. Decision deferred. 
Log hauling. Request of Sen. Franciscovich for modification 
of rule requiring log trucks to stop at railroad crossings. 
Salmon River Highway. Timber strips. State funds authorized 
for purchase from Miami Corporation. 


10198 & 


Portland, Oregon, April 3, 1941 


The State ‘ighway Commission met in regular session at 9:00 a, m. 
in the auditorium of the Public Service Building. Present were: . 


Henry F, Cabell, Chairman 

Huron W. Clough, Commissioner 

Herman Oliver, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H, B. Glaisyer, Secretary 


Bids, as follows, for highway construction projects and sale of a 

building in West Portland and real property in Cottage Grove were opened and 

; read in conformance with previously-published notice, following which Chair- 

| man Cabell announced that the award of contracts and sales of property would 
be made at 2:30 p. m. in the same room: 


JOHN DAY HIGHWAY 
DIXIE SUMMIT SECTION - GRADING AND SURFACING 


leonard & Slate $161,540.00 
Max Js Kuney Co. 164, 783.00 
Whites Trucking Co. 169,850.00 
Triangle Construction Co. ‘ 178,804.00 
McNutt Bros, 178,886.50 
E. C,. Hall Co, 179, 708,00 
Tony Marrazzo 180,339.00 
G. De Lyon & Co. 215,546.00 i 


JOHN DAY-BURNS HIGHWAY 
VANCE CREEK-SODA MOUNTAIN SECTION ~ GRADING, SURFACING AND OILING 


Babler Bros. $120,788.00 
Norris Bros. 127,798.50 
E. C. Hall Co. 128,498.50 
A. Milne’ 128,950.50 
MeNutt Bros. 145,561.00 


SANTIAM HIGHWAY 
FOSTER-CASCADIA SECTION - SURFACING 


0» C. Yocom $12,637.00 
Salem Supply Co. 13,180,00 
River Bend Sand & Gravel Co. 13,504.00 
A. S. Wallace 14,980.00 
BOARDMAN-STANFIELD HIGHWAY 
MORROW COUNTY LINE-STANFIELD SECTION BRIDGES 
A, Milne $7,360.00 
McNutt Bros. 7,900 .00 
Norris & Philpott 8,722.50 
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The Commission discussed the selection of the military strategic 
network of highways for Oregon, particularly the map prepared by W. H. Lynch, 
District Engineer, Public Roads Administration, on which were shown in colors 
the highways originally proposed for such system and suggested changes and 
eliminations. After careful consideration of this matter the Coumission ap- 
proved, with certain reservations and qualifications, the revised system, 
which includes the following highways: 


STRATEGIC HIGHWAY SYSTEM OF OREGON 


First Priority Highways 


1. Pacific Highway (US 99) and Pacific Highway East (US 99E), 
from the Oregon-Washington state line north of Portland to the Ore- 
gon-California state line south of Ashland, 


2, Columbia River Highway (US 30 and US 730), from Portland to 
the Oregon-Washington state line, near Wallula, Washington. 


3. Old Oregon Trail (US 30), from its junction with the Colum- 
bia River Highway (US 30) at Umatilla to its junction with the Central 
Oregon Highway (US 28) near Ontario, including the spur section which 
extends easterly from Ontario to the Oregon-Idaho state line. 


4. Boardman-Stanfield Highway, from its junction with the Col- 
umbia River Highway (US 30) near Boardman, to its junction with the 
Old Oregon Trail (US 30), near Stanfield. 


5, Sherman Highway (US 97), from its junction with the Columbia 
River Highway (US 30), near Biggs, to its junction with The Dalles- 
California Highway (US 97 and ORE 50) at the head of Cow Canyon, in 
Wasco County. 


6. ‘The Dalles-California Highway (US 97), from its jure tion 
with the Sherman Highway (US 97) at the head of Cow Canyon, to the 
Oregon-California state line near Dorris, California. 


7. Klamath Falls-Lakeview Highway (ORE 66), from Klamath Falls 
to its junction with the Klamath Falls-Halin Highway (ORE 39). 


8. Klamath Falls-ialin Highway (ORE 39), from its junction with 
the Klamath Falls-Lakeview Highway (ORE 66), to its junction with the 
Hatfield Secondary Highway (ORE 39) near Merrill. 


9, Hatfield Secondary Highway (ORE 39), from its junction with 
the Klamath Falle-iMalin Highway (ORE 39) to the Oregon-California 
state lines 


10. Redwood Highway (US 199), from Grants Pass to the Oregon- 
California state line southwest of Kerby, in Josephine County. 
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STARKEY SECONDARY HIGHWAY 


BRIDGE OVER MEADOWBROOK CREEK NEAR STARKEY 


Norris & Philpott 
McNutt Bros. 


NEHALEM SECONDARY HIGHWAY 


$5,030.00 
5224.00 
5,571.00 


VANDEHEY AND VANDYKE SECTIOIS- GRADING, SURFACING AND OILING 
Using Asphalt Using Tar 


Gales Creek Sand & Gravel Co. 


$23 5447400 


C. J. Eldon $27,776.00 27,741.00 
Babler Bros. --- 29,050.00 
OCHOCO HIGHWAY 
TAYLOR CREEK SECTION - GRADING 
Me Le O'Neil & Son $52,940.00 
Leonard & Slate 58,130. 
Je Cc. Papin 65,397.00 
Colenial Construction Co. 3, 786. 
E, Le Rigdon 75, '708,00 
A. C. Greenwood Co, Inc. 78,562.00 
Triangle Construction Co. 18, 606,00 
Max J. Kuney Co. 18, 892,00 
Rav Le Houck 86, 829,00 
McNutt Bros. 90,990.00 
Frank Penepacker 92,406.00 
SALE OF BUILDING IN WEST PORTLAND 
Building No. 3645 (former owner Sarah Agness Young Estate) 
Florence W. Ehle $77.00 
Lester H. Colson 30.55 
SALE OF TRACTS IN COTTAGE GROVE 
Tract "A" (former owners A. W. Helliwell & Geo. M. Hawley) 
tT. L. Kuhns $2,026.00 
Martin Heerdl 1,582.50 
Irene Boyd 51.00 
Tract "BY (former owners A. W. Helliwell & 1st Free Methodist Church) 
Irene Boyd 52,00 
Combinatior. of Both Tract "A" and Tract wr 
Irene Boyd 102,00 
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12. I.0.i, Secondary Highway (US 95), from its junction with 
the Jordan Valley Secondary Highway, west of Jordan Valley, to the 
Oreyon-Nevadu state line, near McDermitt, Nevada, and from its junc- 
tion with the Jordan Valley Highway north of Jordan Valley to the 
Oregon-Idaho state line near .jalloy Ranch. 


13. Jordan Valley Secondary Highway, from its junction with the 
I.0.N. Secondary Highway (US 95), north of Jordan Valley, to its junc- 
tion with the I.0.N. Secondary Highway (US 95), west of Jordan Valley. 


Third Priority Highways 
1. Albany—Corvallis Highway (OKE 26), from Albany to Corvallis. 


2. Corvallis-Newport Highway (ORE 26), from Corvallis to Newport, 


The Commission thereupon signed four copies of Mr. Lynch's map* 
which were then delivered to iir. Lynch with the following letter of trans- 
mittal, said letter being signed by R. H. Baldock, State Highway Engineer, 
upon approval of the Commission: 


Pursuant to our conversation last week in Pendleton, 

y the ighway Commission has carefully studied the routes suggested 
by the Public Roads Administration for the selection of the mili- 
tary strategic network in Oregon. The Comnissionhas approved the 
map which you submitted, with the following reservations and 
qualifications: 


1. The Commission is willing to eliminate the des- 
ignation of its John Day-Ochoco Highway, Federal Route 23, 
provided the Public Roads Administration is willin, to 
permit the allocation of reasonable sums annually of fed- 
eral aid and forest funds to this road; provided, of 
course, there are no mandatory restrictions imposed by 
the Congress nor administrative orders to prevent such 
allocation. 


2. Im the event Congressional or administrative or- 
ders prevent the allocation of federal aid and/or forest 
funds to this road, the Commission reserves the right to 
again present its reasous for the inclusion of US 28 in 
the military strategic system. 


3. Attention is called to the fact that the final 
location of that section of US 97 from Shaniko Junction 
to Biggs is dependent upon the selection of the location 
of the bridge crossing the Columbia River. 


| % See map in file lo, 1 — Strategic Highway System of Oregon. 
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ll. Willamette Highway (ORE 58), from Goshen, Lane County to 
its junction with The Dalles-California Highway (US 97) south of Cres- 
cent, Klamath County. 
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12. Mt. Hood Highway (ORE 50), from Portland to its junction with 
the Wapinitia Highway (ORE 50). 
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13, Wapinitia Highway (ORE 50), from its junction with the Mt. Hood 
Highway (ORE 50) to its junction with the Warm Springs Highway (ORE 27). 


14. Warm Springs Highway (ORE 27), from its junction with the Wa- 
pinitia Highway (ORE 50) to Madras. 


15. Wolf Creek Highway (ORE 2), from Portland to its junction 
with the Oregon Coast Highway (US 101) at Cannon Beach Junction. 


16, Oregon Coast Highway (US 101), from its junction with the 
Wolf Creek Highway (ORE 2) at Cannon Beach Junction to its junction 
with the Fort Stevens Road. 


Second Priority Highways 


1. Oregon Coast Highway (US 101), from Astoria to its junction 
with the Fort Stevens Road, and from its junction with the Necanicum 
Highway near Wheeler to the Oregon-California state line south of 
Brookings. 


2, Necanicum Highway, from its junction with the Oregon Coast 
Highway (US 101) near ‘heeler to its junction with the Wolf Creek 
Highway (ORE 53) at Necanicum Junction. 


3. Umpqua Highway (URE 38), from Drain to Reedsport. 


4. Salmon River Highway (ORE 18), from its junction with the 
Pacific Highway West (US 991/) near jicMinnville to Otis. 


5. Pacific Highway West (US gv), from its junction with the 
Pacific Highway (US 99) in Portland to its junction with the Pacific 
Highway East (US 99E) at Junction City. 


6. Three Rivers Highway (ORE 14), from Valley Junction to Hebo. 


7, Wilson River Highway (ORE 6), from Tillamook to its junction 
with the Wolf Creek Highway (ORE 2) near North Plains, 


8, Columbia River Highway (US 30), from Portland to Astoria. 
9, Santiam Highway (US 20), from Albany to Sisters. 


10. MeKenzie-Bend Highway (US 20), from Sisters to its junction 
with The Dalles-California Highway (US 97) near Bend. 


11, Central Oregon Highway (US 20 and US 28), from Bend to its 
junction with the Old Oregon Trail near Ontario. 
APR 3 1947 
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rules and regulations in that regard and hopes to be able to publish them in 
the not distant future. 


The Commission discussed a letter from Honorable Robert W. Sawyer, 
Bend, in regard to the 41,00 fee that travelers through Crater Lake Park are 
required to pay regardless of whether or not they drive to the lake or make 
use of the park facilities. Mr. Sawyer gave as his understanding that a 
similar condition exists at Rainier National Park in the State of Washington, 
and that people are relieved from payment of any fee for simply passing 
through one side of this park. It was his suggestion that this matter be 
investigated and, if found to be true, that the park authorities be requested 
to permit travel through Crater Lake Park without charge if the lake is not 
visited, The Engineer was instructed to inform Mr. Sawyer that the Commis- 
sion is considering a procedure for the elimination of this $1.00 fee at this 


place . 


In this connection Chairman Cabell suggested, as an inducement for 
the elimination of the {1.00 fee, that it might be advisable for the State to 
pay a portion of the cost of maintaining the highway through the park, the 
amount of such cooperation to be in the same proportion that the volume of 
traffic that simply passes through the park without viewing the lake bears to a 
the total traffic that enters the park. After discussion the Commission voted 
unanimously in favor of the Chairman's suggestion, The Engineer was instruct- 
ed to offer this proposition to Mr. E. P. Leavitt, Superintendent of the Park, 

He was instructed to study Mr. Leavitt's report heretofore filed with the 
Commission on this subject and to bring the matter up again for further dis- 


cussion at the next meeting, 


The Engineer discussed with the Commission matters pertaining to 
the proposed reconstruction of the Pacific Highway between Eugene and Spring- 
field Junction, He advised that the improvement as proposed contemplates 
shifting the Southern Pacific Railroad tracks to a location near the Willa- 
mette River and the utilization of the present railroad grade for the high- 
way, and that the plans call for a certain type of construction with respect 
to the new railroad line; however, the railroad company is experiencing con- 
siderable trouble with high water in its California division and is fearful 
that similar trouble will be encountered betwesn Eugene and Springfield un- 
less special precautions are taken to avoid it, and accordingly, the railroad 
company officials have stated that they will not approve the specifications 
unless certain changes are made, which will increase the cost of the project 
about 490,000, including $21,000 for signal installation, and $5,000 for a 
Kirkbride fishplate. He also said that there is some difference of opinion 
relative to the value of the property that the Commission is obtaining from 
the railroad company, compared with the property that the Commission is pur- 
chasing for the new railroad line. He recommended the following procedure 
for the contracting of this work: Grading of the railroad line change cost- 
ing about 9150,000, bids to be taken in June if the right of way situation is 
cleared; taking of bids for the construction of the grade separation struc- 
ture in January of 1942, and the contracting of the balance of the work later. 
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All other changes and designations of the strategic mili- 
tary network as shown by the map signed by the Commission on April 3 
are hereby agreed to without reservations of any kind, 


The matter of financing the reconstruction of the Ochoco Highway 
between Marks Creek and Mitchell was discussed, It was pointed out that fed- 
eral requirements may prohibit the expenditure of forest highway funds for 
the improvement of roads that are not on the strategic military system and 
the probabilities are that funds heretofore allocated to the forest section 
east of Marks Creek will have to be reallocated. The Commission decided, if 
forest highway funds cannot be used for such project, to use federal aid funds 
along with state funds to finance it, so as to insure that the work will pro- 
ceed as planned. 


Senator Howard C. Belton, Clackamas County, headed a delegation, 
including County Judge E. L. Pope and County Commissioners C. W. Kruse and 
George G. Randall, County Engineer D. T. iseldrum, and Mayor J. R. Vinyard of 
Canby, which came before the Commission relative to the designation and im- 
provement, as state secondary highways, of the following county roads: 


Market Road No. 10, from Canby to the junction with the Wood- 
burn-ét. Hood Loop Secondary Highway at a place known as 
Erickson's Corner. 


Market Road No. 25 from Molalla southeasterly to a point 
near the confluence of the Molalla River with the North Fork 
Molalla River. 


Chairman Cabell expressed regrets that the Commission is not in a position to- 
day to decide this matter, but promised that a decision would be made at the 
May meeting of the Commission. It was agreed that a joint inspection of the 
roads would be made with Senator Belton and the County Court in the meantime. 
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County Judge C. L. Allen and County Commissioner Ole Grubb of Des- 
chutes County were present and requested the following improvements: Oiling 
of the Tumalo-Deschutes Secondary Highway 3.9 miles in length; oiling of the 
Cline Falls Secondary Highway, from Tumalo north 3.6 miles, They expressed a 
preference for the Tumalo—Deschutes improvement, They also asked for the in- 
provement of the O'Neil Secondary Highway. The Engineer estimated the Tumalo-— 
Deschutes project would cost about $16,000, and the Tumalo-Cline Falls project 
about $17,000. The County Court was informed that the projects requested are 
not programmed as yet but that the Commission will consider them in the formu- 
lation of the next program. 


Represertative J. S. Greenwood, of Clackamas County, conferred with 
the Commission regarding the issuance of continuous permits for log hauling 
on state highways. He was informed that the Commission is now revising its 


Present Approved 


Program Amount Recommended Revisions 
Noe Project Forest Hwy. Coop. Forest Hwy. _ Coop. 


SN 10-D1,E Oregon Coast Hwy. 70,000 950,000 9110, 000 $10,000 
Reconst. Grad, & 
Surf., 1.3 mi. 


21-F5,G3,H4 Willamette Hwy. 85,000 designation revised 
Surf., 7.5 mi. as indicated belcy 


21-M Willamette Hwy. 85,000 
Surf., 7 mi. 


SN 23-E2,G4 Santiam Hwy. 100 ,000 150,000 
Reconst.Grad. & 
Surf., 7 mi. 


Vapinitia Hwy. 65,000 115,000 
Reconst. Grad., Surf. 
& Bre, 2.5 mi. 


John Day-Burns Hwy, 60,000 to be eLiminated 
Reconst.Surf,, 7,0 mi. 


Flora-Enterprise Hwy. 80,000 to be eliminated 
Grad., .8 mi. 


Cascade Lakes Hwy. 50,000 10,000 40,000 
Grad. & Adv. Clear., 
13 mi. 


Timberline Hwy. 125,000 25,000 
Grad., Surf. & 
Adv. Clear., 5 mi, 


Location Survey 30,000 70,000 


Maintenance 25,000 55,000 
$690,000 $150,000 .620,000 $150,000 


The readjustments in the financing above cited releasing Forest 
Highway Funds from two of the Class 3 highways and substituting therefor 
state cooperative funds is recommended due to the urgent solicitation of 
the highway department that improvement on these projects be carried out 
this season. They had previously proffered cooperation on other projects, 
but now request that their funds be released from those projects and sub- 
stituted on the Class 3 routes, 
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such inspection some time during the week commencing April 14. The Engi- 
neer was instructed to invite representatives of the railroad company to 
be present on such inspection. The Attorney was instructed to re-appraise 
the properties that the state is receiving from the railroad company, and 
those which are being acquired by the state for the new railroad line, and 
to have these figures available at that time. 


- 
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The Commission conferred with W. H. Lynch, District Engineer, and 
H. D. Parmer, Senior Highway Engineer, representing the Public Roads Admin- 
istration; and F. H. Brundage, representing the U. S. Forest Service, in 
regard to revising the 1941 Forest tlighway Program, in view of the proba~. 
bilities that Congress will not appropriate the full amount of federal funds 
heretofore recommended for the 1941 program. ur. Lynch recalled that the 
program, as originally proposed, necessitates the appropriation of 
11,000,000; however, according to latest information available, the House of 
Representatives has reduced the amount to v9 ,000,000, so it will be neces- 
sary to delete a number of projects in the original setup, After full dis- 
cussion of this matter, it was mutally agreed to defer the construction of 
the following projects: 


as 


Reconstruction and surfacing of the seven-mile section of 
the John Day-burns Highway, in Grant County - estimated 
cost, ‘60,000, 


Grading of 0,8-mile section of the Flora-Enterprise High- 
way, in “allowa County - estimated cost, ‘60,000. 


It was also agreed that these projects should be given priority considera- 
tion in the 1942 Forest Highway Program. 


It was decided to defer the contracting of the Wapinitia Highway 
project, costing $115,000, and the Klamath Falls-Lakeview Highway project, 
costing 100,000, as the last projects to be contracted in the 1941 pro- 
gram; the contract for the Klamth Falls-Lakeview project to be awarded in 
the program for 1942, rather than this year, when it is »roposed to include 
additional funds to finish the entire project. 


The Engineer reported that recent inspection of the Willamette 

Highway indicates that there are two sections badly in need of resurfac- 
ing, one of which is at the sumait, and the other near Oakridge. He rec- 
ommended that the 85,000 of Forest Highway Funds programmed for this high: 
way be expended for the resurfacing of the seven-mile section at the sum 
mit, starting at the Highway Department's maintenance station, near Odell 
Lake, His recomsendation was approved by all concerned. After further 
discussion, the following revisions in the Fiscal Year 1941 Forest Highway - 
Program were approved by mutual consent; 


accordance with the Commission's present policy. He recommended approval of 
the project provided the city will contribute one half the expense. The Com 
mission approved the recommendation. 


A request from Mr, A. J. ‘litchel, Chief Engineer, S.P. & S. Rail- 
road Company, Portland, for a revision in the grade crossing signalization 
program had the attention of the Commission. Mr, Witchel asked that the pro- 
gram be revised by deleting therefrom the signalization project heretofore 
approved on Front Street, in Salem, and substituting therefor a crossing of 
the Oregon Electric Railway in the town of Beaverton, The Engineer advised 
that the signalization program has already been prepared and it is now too 
late to make any changes so, if the Commission wants to install the signal 
at Beaverton, state funds will have to be used to finance it. He estimated 
the cost of such installation between $2,500 and $3,000. After discussion, 
the Commission denied the request. However, the Engineer was instructed to 
bear lr, Witchel's request in mind in preparing the next program for grade 
crossing signalization projects and to include in that program at least one 
installation on the Northern Pacific System, if necessary to secure the ap- 
proval of that company. 


The Commission recessed at 12:00 noon, and reconvened at 2:00 p. m. 
in the same room with all Commissioners, the State Highway Engineer, the At- 
torney, and the Secretary present. 


The Secretary presented a letter from the Roseburg Chamber of Com- 
merce inviting the members of the Commission and its staff to a banquet in 
Roseburg on Tuesday evening, April 8, 1941, honoring Mr. W. C. Harding, re- 
tiring Secretary of the Chamber, Chairman Cabell and Commissioner Oliver ex- 
pressed regrets that they would not be able to attend this function and it 
was decided that Commissioner Clough and the State Highway Engineer should 
represent the Commission on this occasion. 


A delegation from Parkrose, representing the Parkrose Chamber of 
Commerce and headed by Carl W, Helwagen, Secretary, came before the Commis- 
sion in regard to the installation of "stop" and "go" signals along Sandy 
Boulevard (Columbia River Highway) at the following intersections: 105th 
Avenue, 89th and Prescott Streets, and at Columbia Boulevard. Others in the 
delegation were Frank McQuilkin, Harry H. Pearce, Member of the Parkrose 
School Board, and Paul Jarrett, Chief of the Fire Department. Mr. Helwagen 
read aloud and presented a letter signed by himself, as Clerk of the Parkrose 
Public Schools, urging the installation of the signals. The “ngineer advised 
that the signals might help but, in his estimation, the most pressing need is 
for better police protection. He pointed out that according to the present 
policy of the Commission, installations of this type are to be paid 50 per 
cent by the state and 50 per cent by the local community and, in view thereof, 
he suggested that it would be advisable for the people of Parkrose to incor- 
porate so they can comply with the Commission's requirements in this regard 
and also secure the benefits of protection offered by police. Mr. Pearce ad- 
vised that the people of Parkrose are opposed to incorporation, After dis- 
cussion, the Engineer was instructed by the Commission to make another inves— 
tigation of traffic volume and accidents at this location. 
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Traffic during the past winter has demonstrated that the section 
of the Willamette Highway in the vicinity of Odell Lake is in great- 
er need of immediate improvement than is the section cited in the 
present approved program. The revision is recommended in order that 
the more urgent work may be carried out first. 


Due to the fact that we were delayed in advertising the 
program to such an extent that it seemed impossible to place the 
bituminovs surfacing this season on the John Day-Burns Project 
25-A7, the state desired to take over the obligation, and has al- 
ready put the project under contract with its own funds. There 
is thus released the 460,000 programmed to that project. The funds 
released will finance increases in other items of the program. 


It is now found that the State of Yiashington is not making 
as rapid progress as had been anticipated on the section of the Flora- 
Enterprise Route approaching the Oregon line from the north, It is, 
therefore, unnecessary for us to complete our section this season. 

It is recommended that the project be eliminated from the current 
program; thus releasing funds which will be needed to finance over~ 
head and to increase the contingent fund. 


Funds requested for location surveys are required to fir 
nance surveys on routes which have already been approved. 


The sum recomsended for lump fund maintenance is planned 
to cover maintenance obligation on Forest Highways for which the 
Federal Government is obligated in the fiscal year 1942. 


—_— —_— 


A letter directed to the Chief of the Forest Service and the Commissioner of 
Public Roads, Washington, D. C. recommending such revisions was signed by the 
Commission on the following day. 


The Commission discussed the application of the City of Newport for 
the substitution of angle parking for parallel parking along the Oregon Coast 
Highway through their city, and for the installation of a flashing beacon at 
the intersection of the Oregon Coast Highway with Hulbert Street. The Engi- 
neer recommended the installation of the flashing beacon, which is estimated 
to cost $150.00, but that the city's request for the angle parking be denied, 
The Commission approved the recommendation by unanimous vote. 


The Commission also discussed the request from the City of Salem 
for state cooperation in the installation of traffic signals at the intersec~ 
tion of Capitol Street (Pacific Highway East) and Center Street, in Salem. 

The Engineer advised that this matter was investigated about a year ago and 
it was found that the installation is warranted and that the city was 50 ad- 
vised but, due to the fact that the city was unable to provide its share of 
the cost, nothing was done. He estimated the cost of installing semi traffic- 
actuated signals which, in his estimation, are best adapted to this intersec- 
tion, at 42,500, one-half of which, or 1,250, would be the state's share, in 
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"Bridge over Meadowbrook Creek nesr Starkey on the Starkey Sec~ 
ondary Hightay, in Union County, Three 35-ft. untreated timber spans, 
Three bids were received for this work, the low one being that of 
Norris and Philpott, Portland, at “5,030.00 and the second-low being 
that of A. Milne, Portland, at “5,224.00. The Commission awards this 
contract to Norris and Philpott at their lo. bid of $5,030.00. 


"Yondehey and Van Dyke Sections of the Nehalem Secondary High- 
vay, in Washington County. 1,08 miles grading, surfacing -nd oiling. 
Three bids were received for this job, the low one being that submitted 
by Gales Cree': Sand and Gravel, Forest Grove, at $23,447.00, based on 
the use of tar. They did not submit e bid based on the use of asphalt, 
The second-low bid was submitted by C. J. Eldon, Portland, eat $27,741.00 
based on the use of tar, and $27,776.00, based on the use of asphalt. 
The Commission has referred 211 bids for this project to the Engineer 
with power to award the contract to the low bidder when certain condi- 
tions have been fulfilled, (Awarded to Gales Creek Sand and Grevel, 
using tar, on April 4, 1941.) 


"Taylor Creek Section of the Ochoco Highway, in Wheeler County. 
0.80 mile grading. HM. L. O*Weil & Son, Stanfield, submitted the low 
bid for this project in the amount of “52,940.00. Leonard & Slate, 
Multnomah, submitted the second-lor bid in the amount of ‘°58,130,00. 
There were nine higher bidders. The Commission hes referred ull bids 
received for this project to the Engineer with pover to averd the con- 
tract to the lor bidder when certein conditions have been satisfied. 
{Avaerded the folloviing day to Ii. L, O'Neil & Son.) 


° ; va: rt 
rE of Building No. 35, formerly owned by Sarah Young Estete, 


in iest Portland. The Commission hes rejected both bids received for 

the purchase of this building. The Commission also rejects the bid of 
Irene Boyd for the purchese of Tract B in Cottage Grove, which vas the 
only bid received. Tract A in Cottage Grove, former owners A.li, Helli- 
well und G,l. Hawley, is sold to T.L. Kuhns, at his high bid of $2,026.00" 


-~-_—-—--- = 


A delegction representing the Oregon Coast Highway Association end 
including Arch B, Sanders, Menager; County Judge E. L, Peterson und County 
Commissioner Lars Peterson, of Coos County; Ora E, Wilson, President, Gold 
Beach Chamber of Commerce; Lafe Compton of Coquille; A. A. Hall ond C. H. 

Coe of Marshfield, and Frank Taylor of Reedsport, came before the Commission 
in regard to the allocetion of state highway funds. Mr. Sanders headed the 
group and Mr. Hall vas chief spokesman. He sid that the Coast Highway Asso- 
ciation approves the Commission's method of allocating highway funds to the 
various districts of the state, as the normal procedure, but during ebnormal 
times such as now obtain, when the Federal Government is seriously consider~ 
ing the appropriation of special funds with which to finance the improvement 
of highways on the strategic military highvay system, they are of the belief 
that the Commission should modify its method of allocating the moneys at its 
disposal so as to provide a nore equitable and fair distribution of such 
funds, He gave as their understanding that the Pacific Highway is to receive 
® considerable amount of special funds and gave 4s their feeling that, if 
such is to be the case, it is only fcir and proper that the State Highway 
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Mr. Pearce also asked for the widening of the present highway for 
four lanes of traffic through their community. He declared that the present 
three-lane highway is too narrow and that if the Commission would approve the 
widening of the pavement full width between existing curbs, it would not only 
inerease the safety factor but would also eliminate a very bad dust condition 
along the highway shoulders, Mr. Helwagen offered the services of the Park- 
rose Chamber of Commerce in securing right of way for the widening project, 
particularly at tie point where the land is needed from the Cemetery Associ- 
ation, The Commission took the matter under advisement. 


At 2:30 p. m, Chairman Cabell announced the following awards of 
contracts and sale of property, bids for which were received by the Commis- 
sion at the morning session, such awards having been previously approved by 
the Commission by unanimous vote: 


"Dixie Summit Section of the John Day Highway, in Grant 
County. 5-10 miles grading and 2,23 miles bituminous macadain sur- 
facing. Leonard & Slate, ultnomah, submitted the low bid for this 
work in the amount of 161,540.00. Max J. Kuney Co., Spokane, Wash- 
ington, submitted the next low bid in the amount of $164,783.00. 
There were six higher bidders. The Commission has referred all bids 
on this project to the Engineer with power to award the contract to 
the low bidder when certain conditions have been fulfilled. (Award- 


ed the following day.) 


"Vance Creek-Soda ijountain Section of the John Day~Burns 

Highway, in Grant County. 4.02 miles grading and 18.02 miles sur- 
facing and oiling. The low bid received for this project was that 
of Babler Bros,, Portland, in the amount of ¥120,788,00. The sec~ 
ond-low bid was that of Norris Bros., Burlington, Washington, in the 
amount of 127,798.50. There were three higher bidders. The Com- 
mission refers all bids received for this work to the ingineer with 
power to award the contract to the low bidder when certain conditions 
have been fulfilled, (Awarded to Babler Bros, the following day). 


"Foster-Cascadia Section of the Santiam Highway, in Linn 
County. 10.39 miles surfacing. Four bids were submitted for this 
project, the low one being that of 0. C. Yocom, Willamina, in the 
amount of ~12,637.00 and the second—low being that of Salem Supply 
Company, Salem, at $13,180.00, The Commission awards this contract 
to 0. C. Yocom, the low bidder, at his bid of 412,637.00. 


“Morrow County Line-Stanfield Section Bridges on the Board- 
man-Stanfield Highway, in Umatilla County. One 30-foot reinforced 
concrete span over butter Creek and one 30-foot reinforced concrete 
span over the irrigation canal at Station 969+00, A. Milne, Portland, 
submitted the low bid for this work in the amount of 7,360.00 and 
weNutt Bros., Eugene, submitted the second-low bid in tle amount of 
27,900.00, The only other bid submitted was that of Norris & Phil- 
pott, Portland. The Commission awards this contract to the low bid- 


way deseriptions. Mr, Van Dyke reappeared before the Commission later and 
asked the Commission to authorize negotiations for the right of way. The 
Commission approved the request and so ordered. 


A delegation representing the South Tillamook County Chamber of 
Commerce came before the Commission and urged the construction of a high- 
way connecting the Salmon River Highway and the Three Rivers Highway, between 
Boyer and Dolph, and the construction of the Little Nestucca Secondary High- 
way, between Dolph and the junction with the Oregon Coast Highway near Meda. 
The delegation was headed by Mr. Mervin Boyer and included the following: 
James T. Young, S. D. Hammond, Harry Hammell, Jake Reddikopp, Norman Reddi- 
kopp, Frank Dordan, Wes. Schulmerich, Howard Owens, Dave Nelson, and former 
County Judge E. Beltz. They urged the above improvements from the national 
defense standpoint and for the benefit of ranchers. Mr. Boyer filed petitions 
bearing the names of some 800 citizens of this district urging the construc- 
tion of the Boyer-Dolph cutoff. 


Chairman Cabell advised that the Boyer-Dolph project is an expen- 
sive one and the Commission is faced with the problem of balancing this cost 
against other projects in the Tillamook district and it appears to the Com- 
mission that the benefits that would be derived from the construction of this 
project would not be as great as the benefits derived from other projects 
costing the same amount of money. iir. Beltz declared that this project is a 
meritorius one and that Tillamook County is entitled to it because the county 
up to the present time has not had its share of state secondary money, He 
was informed by Chairman Cabell that the Commission has spent a considerable 
amount of Federal Aid Secondary Highway Funds on county roads in Tillamook 
County. Mr. Young, Secretary of the Association, alleged that the purpose of 
roads is to develop communities and, in his estimation, improvement of this 
road will be very beneficial from that standpoint. Mr. Hammond urged con- 
struction of the road as a safety measure, stating that the present road be- 
tween Valley Junction and Dolph is very crooked and dangerous, Mr. Boyer 
concluded the presentation by a few remarks from the maintenance standpoint, 
giving as his thought that the state would save considerable sums in mainten- 


ance operations by reason of lessening the mileage of highway to be maintained. 


The Commission took no action on the matter. 


Messrs. H. H. McCowan and V. F. Harper, representing the Bonneville 
Power Administration, were present and asked permission to move, without load, 
over the Columbia River Highway from Hood River to The Dalles, a truck and 
sémi-trailer attachment weighing 26 tons and being 9'8" wide and 61'6" in 
length; and to transport on such equipment, from The Dalles to a point two 
miles westerly thereof, one transformer weighing twenty tons, which is to be 
used in connection with the Bonneville power project. The Commission granted 
the request subject to the condition that the movement is accompanied by three 
flagmen, one to proceed in front of the truck, one to follow in the rear, and 
one to be stationed on the truck as protection against the side~swiping of 


passing traffic. 


Mr. Glen W. Berry, Prineville, came before the Commission in re- 
gard to a settlement for right of way which was acquired for the improvement 
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Commission transfer the reguler funds heretofore budgeted for the Pacific 
Highway improvement to the Oregon Coast Highway where they can be used to 
finance the work that is badly needed to take care of civilian traffic. 


<a er 
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Chairman Cabell advised that Congress has not yet provided the 
special funds referred to by Mr. Yall although the appropriation has been 
recommended by lir. John M. Carmody, Federal Works Administrator, and by Mr. 

i Thomas 4. wacDonald, Commissioner of Public Roads. He also said that the 

* Commission is sympathetic to the tenor of the delegationts request, but is 
not in a position at this time to make any statement relative thereto, Fur- 
ther, that the Commission has three major projects that it is now undertaking; 
viz., the reconstruction of the Columbia River Highway, between Troutdale and 
' The Dalles, the improvement of the Pacific Highway, between Roseburg and 

: Grants Pass, and several problems on the Oregon Coast Highway and, if the 
Commission is able to secure special financial relief in connection with any 
of these projects, then perhaps it can give consideration to the redistriba- 
tion of funds for other improvements. 
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property at this location, and has received offers from private parties to 
purchase some of it. However, the county court will not make any sales until 
it knows just what the state needs, He asked the Commission to send a right 
of way man to Marshfield to discuss the matter with the county court, The 
Commission thanked him for his suggestion and instructed the Attorney to see 
that a right-of-way man contacts the county court as soon as possible. 


Mr. Sanders brought up again the matter of providing sanitary facil- 
ities for the general public at Depoe Bay. He was informed that the Commissia 
denied the previous request for such facilities upon recommendation of the 
State Parks Superintendent, and that it is not inclined to alter its decision 
at this time. 


A delegation from Ashland, consisting of wayor T. S. Wiley, R. E. 
Koozer, Councilman; and Frank J. Van Dyke, City Attorney, was present and dis- 
cussed with the Commission the matter of the elimination of the bottleneck on 
the Pacific Highway at what is known as Plaza Corner, in Ashland, which matter 
has heretofore been brought to the attention of the Commission. They urged 
the improvement at the earliest possible time as a national defense item to 
facilitate the movement of troors and advised that they are very anxious for 
the Commission's decisior and a definite commitment to the project as soon as 
possible. The Engineer advised that final plans for the project have not yet 
been completed, particularly the traffic channelization feature, but he ex- 
pects to make his report to the Commission on this matter in the near future. 


y 
i 


y 

FAR Chairman Cabell advised that approval of this project is dependent 
ce on availability of funds, and that the Commission is not in a position at the 
hoe) present time to make a promise, but expects to decide the matter soon, The 
re Commission discussed this matter further after the group departed, and author- 
‘4 ized the Engineer at that time to complete the plans and to prepare right of 
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work, he said, is estimated to cost about 25,000 and the landscaping work 
about $5,000. He further advised that the Commission considers this a prior- 
ity project for federal aid funds. Mayor Roehr reported that arrangements 
have already been made for the removal of utility poles from the highway, 

and for the parallel parking of automobiles throujh the business district. 
There followed a general discussion of the project and inspection of the 
plans, which were exhibited by the Engineer. Chairman Cabell advised that 
if the plans appear to be satisfactory to the people of Oswego, then, in his 
estimation, the project should go forward without delay. Commissioners Clougti 
and Oliver approved Chairman Cabell's statement. The group was then in- 
formed by Chairman Cabell that the project will be placed in the Commission's 
program for early construction and, while there is still a question as to 
just when the Commission will contract the work, he anticipates that bids 
will be taken within a reasonable time. 


Mr, D. F. Moehnke, Alsea, was present and apked the Commission 
to improve the 1.3-mile section of the Alsea-Deadwood Secondary Highway, in 
Lincoln County, so as to facilitate log hauling operations in that district. 
He was informed that there are no funds available to finance such improvement 
at the present time, but the Commission will keep the project in mind, and 
will inspect it when in that vicinity. 


The Attorney brought up for discussion matters pertaining to the 
proposed Front Avenue project in Portland, particularly a letter directed to 
Ormond R, Bean, Public Utilities Commissioner, with respect to a petition 
that is now pending before him as Public Utilities Commissioner for Oregon 
and as Examiner for the Interstate Commerce Commission with respect to the 
abandonment by the United Railways Company of certain rail service from Front 
Avenue and the removal of the Company's tracks and other rail facilities 
therefrom. (For details see letter dated April 3, 1941.) He read aloud 
such letter, which the Commission approved and thereupon signed. 


The Engineer presented a list of proposed sidewalk projects cover- 
ing the entire state, as previously instructed by the Commission, consisting 
of projects which he considered to be of first importance among those that 
have been requested, After discussion, the Commission authorized an expendi- 
ture of $35,000 of state funds to finance such program which shall include 
the construction of the walk along the Central Oregon Highway, between Burns 
and Hines Mill, in Harney County, and a sidewalk project in Division No. 4, 
(Central Oregon), the balance to be made up of projects at other points 
throughout the state, selected from the priority list prepared by the Engi- 
neer, to make up the total of $35,000. 


The Engineer read aloud a report from Bridge Engineer G. S. Paxson 
in regard to the construction of a storm sewer on Main Street in Nyssa, here- 
tofore requested by the Nyssa City Council. According to the report, in order 
to handle this drainage through the pump located in the undercrossing at the 
south end of Main Street, a pump having a capacity of about 8 cu. ft. per 
Second will be required and, in view thereof, it is considered that the handl- 
ing of the drainage in this manner is not feasible. On the other hand, it 
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of the Ochoco Highway in Prineville. Mr. Berry alleged misrepresentation by 
the Highway Department right-of-way agent as to the grade line of the highway, 
and advised that at that time it was his thought that the highway would not 
adversely affect his property; however, since the highway has been constructed, 
he finds that it leaves his property in a hole. He further stated that he has 
already paid ,175.00 for filling in a portion of his lot but believes that he 
should not be required to go to further expense, and accordingly, is asking 
= —— to raise his house to the proper elevation and fill in the balance 

° s lot. 


The Assistant Attorney explained that the grade of the constructed 
highway is actually0,82 of a foot lower than the original plans called for, 
and that the sidewalk was constructed lower than the concrete curb, rather 
than on a level with the curb, in order to accommodate lr. Berry's premises. 
It was his thought that Mir, Berry has no cause for complaint because, in his 
estimation, the property is worth more now than it wovld have been had the 
original plans been followed, The Commission's Chief Counsel advised that, 
in his estimation, the Commission has done more for Mr. Berry than it really 
was obligated to do, and is not legally liable to do anything further for Mr. 
Berry. The matter was discussed at some length, but decision was deferred 
pending personal inspection of the premises by Chairman Cabell. Mr. Berry 
stated his approval of this arrangement. 


Messrs. George Cross, City Recorder, and L. D. Taylor, Councilman, 
representing the City Council of Halsey, were present and inquired as to the 
plans of the Commission for the improvement of the Pacific Highway East through 
their city. They were informed that the Commission has this project in mind 
and expects to undertake it as soon as funds are available to finance the work 
but it is not likely that it can be contracted until some time this fall. Mr. 
Taylor inquired as to the obligation of the city with respect to the clearing 
of the right of way of encroachments and whether the Commission has any record 
of an agreement with the city covering such matter. He was informed by the 
Engineer that a written agreement was entered into by the city and the state 
covering such matter, which obligates the city to remove all encroachments at 
city expense. 


A large delegation from Oswego, headed by Fred C. Inkster, Presi- 
dent of the Oswego City Council, came before the Commission in the interests 
of the improvement of the Oswego Highway through their town. The delegation 
included the following: iayor 0. C. Roehr, Mesdames V. H. Sadilek, Claude A. 
Smith, F. C. Inkster, I. J. Vinson, Elizabeth Salway, R. M. Gifford, A. G. 
Persels, and E. L. Soule; also Messrs. Earl G. Goss, I. J. Vinson, Ed Bartels, 
Dr. R. E. Walstrom, ¥. H. Persels, Paul Murphy, Ben F. Walling, Charles Need- 
ham, A. J. Huddleston, Allen Morris, E. L. Gray and Ray L. Martin. 


The Engineer explained the plans for the proposed improvement which 
provides for four lanes of traffic along the section that begins at Kirkham 
Street on the south and ends at "BY Street on the north, Such improvement, 
he said, involves the widening of the present three~lane highway and consider- 
able landscaping in the area between the highway and the railroad, The road 
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The Commission adjourned at 5:30 p. m. and reconvened at 7:30 p.m. 
in Room 415 (Imperial Room) of the Imperial Hotel. Present at such meeting 
were Huron ¥!, Clough, Commissioner; Herman Oliver, Commissioner; R. H. Bal- 
dock, State Highway Engineer; J, li, Devers, Attorney; and H, B. Glaisyer, 
Secretary, Chairman Cabell was excused on account of illness. 


The Assistant Attorney reported the status of the right of way bud- 
get, pointing out that of the $600,000 budgeted by the Commission for real 
property purchases in 1941, $231,000 has been obligated, and that out of the 
800,000 budgeted by the Commission for the purchase of right of way along 
Front Avenue, Portland, $466,000 has been obligated, The Commission approved 
the report. — 


The Attorney requested authority to purchase certain parcels of 
real property that are needed for various highway improvements throughout 
the state. He submitted a list of such properties together with the prices 
that he recommended be paid for each. After careful consideration the Com— 
mission approved the request and, by unanimous vote, adopted the following 
resolution with respect thereto: 


WHERFAS, in connection with the further improvement of 
the highways hereinafter designated, it is and has been necessary 
to acquire property for right of way, quarry sites, gravel or other 
material sites, or sites for the-storage of materials, as herein- 
after more definitely set forth, and 


WHEREAS, as a result of negotiations carried on with the 
owners of the property required, options have been obtained, which 
options have been considered by the Commission, outlining the bases 
of settlement which have been agreed upon, and 


WHEREAS, it is the judgment of the Commission that the 
said ontions should be approved and accepted, and/or the said re- 
ports be declared acceptable to the State Highway Commission as 
bases of settlement for the properties involved, and that the ac- 
quisition of the properties should be completed: 


NOW, THREFORE, BE IT RESOLVED that the several offers, 
or bases of settlement hereinafter enumerated be, and the same here- 
by are, approved and accepted, and that the Attorney for the State 
Highway Commission be, and he hereby is instructed to complete the 
acquisition of the said properties and to take title thereto in the 
name of the State of Oregon. The said properties hereby ordered 
and authorized to be acquired are as follows: 


Section, Hwy, and Owner Purpose Acres Approximate Amounts Agent 


Houlton-Warren Section, Volumbia River Hi 
7435-Carlson, Otto, Lstate R/V «1541 sq.ft. 92.025 sq.ft. + 19 McChesney 
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has been found possible and practicable to serve the area by the use of a 
gravity sewer line which is estimated to cost about $14,000, including the 
pipe, manholes, inlets, connections, et cetera, The report also indicated 
that, if the gravity sewer line is constructed, it will be possible to make 
a saving of approximately 41,550 by changing the present proposed drainage 
system for the underpass. The matter was discussed at some length but no 
decision reached, (Reconsideration was given to the matter on the following 


day, when a delegation from Nyssa was present.) 


The Honorable R. E. Riley, Mayor of Portland; City Commissioner Wm. 
A. Bowes; Ben Morrow, City Engineer; and R. G. Regan, City Right-of-Way Buyer, 
appeared before the Commission in regard to the Front Avenue project, particu- 
larly with respect to right of way needed to reestablish certain railway fa- 
cilities. Tuey discussed the purchase of some additional properties to be 
used for the construction of spur tracks or service tracks to serve industries 
which are now served by the tracks on Front Avenue. Representatives of the 
city said that the city is without funds to pay for tne right of way, but 
offered to use funds available to the city for street purposes to reimburse 
the state for funds spent by the state in the acquisition of the properties 
needed for the service or spur tracks, It was agreed that any properties 
purchased for the spur or service tracks would be purchased on the same per- 
centage of allocation as other real properties purchased for Front Avenue ; 
viz., 60 per cent by the city, and 40 per cent by the state. It was also 
agreed and understood that properties purchased would be dedicated for street 
purposes and then franchise given to the railways to operate thereover. The 
city asked the state to pay all of the cost of real properties for the spur 
or switch tracks in the first instance, and then the city would reimburse the 
state in connection with some other project, toward the cost of which both 
the city and the state would be obligated. 


The Attorney advised the Commission that it has legal authority to. 
handle the matter in this manner. Commissioner Bowes advised that the indus- 
tries along this street will withdraw their objections if such right of way 
is acquired and physical connections provided for the railroad at both ends 
of the project. The Commission, by unanimous vote, approved acquisition of 


this property on the basis outlined. 


In the discussion it was pointed out that Public Utilities Commis- 
sioner Ormond R. Bean is now in Washington, D. C. in the interests of the 
Front Avenue project and that it is his intention to wire the action taken by 
the Interstate Commerce Commission relative thereto. The Engineer was in- 
structed, when such wire has been received, to 'phone the same to tue indi- 
vidual members of the Commission who would authorize him to advertise the 
Front Avenue project for bids, and to readvertise the Hawthorne Bridge recon- 
struction project, for which the Frank Watt Construction Company submitted 
the low bid, on December 18, 1940, in the event that this company will not 
take the job on the basis of such bid, Chairman Cabell recommended 


the options taken for the property in question, but suggested 
r defer their approval pending study of the 

ed by all that title to the prop- 
he options are closed. 


agree to 
approval of 
that Commissioners Clough and Olive 
details at the evening session. It was agre 
erties should be taken in the name of the city when t 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Post-Paulina Section, Crooked River Secondary Highway 
9198-McCullough, J, A. Talus $50 Lump Sum, 10 year 
Pit Lease F.Cooper 


Riverside Ranch Section, Crooked River Secondary Highway 
9174-State Land Board, Alvin Gravel $33.33+ per a.+ Chandler 


H. and Maggie L.Brown Pit fencing, $48.50. 


Boardman-Stanfield Section, Old Oregon Trail 
8844-Andrews, Fred, Jr. and R/W 11.7% $50 per a. + $823 Landon 
Joe Andrews 


8850-liendenhall, Anna, Emily R/V 7.86 y50 por a. + 9660+ " 
and Minerva moving bldgs. etc., 
& building & construct- 
ing water trough & pump. 
system (est. at $317.60) 
+ fencing & bridges over 
drain ditch. 


8843-McClintock, L. A. R/W $100 per acre DeSouza 
$50 per a. +$2560.45 


Seneca-Harney County Line Section, John en Bene 
50 per acre 


9178-Hankins, Merle Quarry & 
Stock Pile 


Central Ore Junction Section, Lakeview-Burns Hi 
4581-Summers, C. A. if 1.02 9343.13+ per acre DeSouza 


Long Creek-Fox Section, Pendleton ihe 2ai. Highway 
gll0-Carter, J. Le 1.7 $14.70 per a.+ fence Gardiner 


9l12-McGirr, Albert 0.72 $25 per a. 
9109-McGirr, Frank B. 4 and 3.27 $39.44, + $49.28 + “ 
Quarry fencing 


Ricco Pass-Dixie Summit and Prairie City-Dixie Summit Sec., John Day Highway 
8883-Sumpter Valley RR Co, R/W 4.77 $10.48 per a. Landon 


Prairie City-Dixie Summit Section, John Day Highway 
8885-Ricco, Henry E. et al 25.49 18.75 a. at yl0 per Landon 


6.74 a. at $50 per, 
+ fencing $1002.50, 
+ $30 
8889-Meador, H. 0. $10 per acre " 
8887-Velvin, Emma XM. $10 per acre, + fenc- " 
ing $497 
8880-Grabner, Harold M. ary a.+ fencing Cozad 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Vandehey Section, Nehalem an, 
9070-Vandehey, Wm. M. 1.19 9150 per a.+ $181.25 McChesney 


9068-Vandehey, Geo. " 3.52 $150 per a.+$1739.00 " 
Van Dyke Section, Nehalem Benet 
9057-white, Emma G. 0.38 $150 per a.+ 930 McChesney 
9056-Van Dyke, Adalaide " 0.90 $150 per a.+ $34.50 " 
9059-Gordon, William S. " 0,29 $150 per a.+ $100 " 
9058-Heesacker, Theresa,Admrx. " 0.19 $150 per a.+ fencing " 
$20 
Arch Cape-Manzanita Section, Oregon Coast Highwa: 
%100-Noble Holding Co. Park 40.0 = H 2,000 Lump Sun Benson 
liarion County Section, Hillsboro-Silverton Highway 
9114-State Land Board and Lars 
M. Herigstad Stock 1.13 $10 per year, 7 year [Eason 
Pile lease 


West Sheridan Section, Salmon River tay 

889l-Miller, E. J. 22, sq.ft. $50 Lump sum for Collins 
land. State to assume 
payment of taxes due 


(Estd. $5) 
Onion Flat Section, Paeific Highway Vest 
9102-Adolph, Henry and 0.05 $220 per a.+$21.50 Cozad 
Frank P. Utz Collins 
9104-Kee, Ruth & Harold W. R/W 0.17 $300 per acre " 
Fong 
9105-Borchers, Geo. RAW 0.42 $350 per a.+ $60 Witt 
Collins 
9106-Yilson, Anna M-Estate RAW 0.25 $400 per acre n 
g108-Borchers, Peter R/W 0.51 $350 per a.+ {60 " 
Foster-Cascadia Section, Santiam Highway 
9010—/ebster, Ramsay,Estate Gravel Approx.20 $15 per acre Parker 
Pit 
Alsea-Philomath Section, Alsea Highw. 
2638-Federal Land Bank and Stock 0.94 4226+per acre + 37.50 Cozad 
J. E. Porter Pile Collins 


Sand Creek-Fort Klamath Junction Section, The Dalles-—California Hi 
8523-Yawkey, Thos A. et al R/W Wwe GRATIS Parker 


Ochoco Creek Section, Madras—Prineville Highway 


g9197-‘hite, James Hudson Drainage 0.78 GRATIS Chandler 
Ditch 
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The Commission approved the purchase of the quarry for the sum of 34,000, 

if a test of the rock therefrom reveals that it is satisfactory for high- 
way construction purposes, The Commission also approved the purchase of the 
scale site of Louis W. Hill, for the sum of $625, subject to inspection and 
approval of the site by the Engineer. 


The Attorney requested authority to institute condemnation proceed- 4 
ings to acquire certain properties concerning which he has been unable to : 
reach satisfactory settlements. He submitted a list of such properties, to- 
ene with the amounts that he recommended be offered in condemnation, as ; 

OL1LOWS: ‘i 


File No. Name Purpose Required Recommended offer i 
—— —_ ; 
*9010 Ramsay “ebster Estate Gravel Pit & 300.00 

#8862 H. C. Thompson Right of Vay 4,785.00 

8875 Oliver Jack Quarry 500,00 

a B. F. Friday Right of “ay 200.00 

515 W. 0. Galaway, et ux. and . 
(B. F. Friday ~ sais 
#44248 Marguerite C, Kaufman " * 7,575.00 
6 *For the purpose of clearing title 


s#Subject to further inspection by Mr. Cabell 


After discussion the Commission approved the recommended offers and 
thereupon authorized the Attorney to condemn the several parcels, The follow- 
ing resolutions with respect thereto were adopted by the Commission by unani- 
mous vote: 


WHEREAS, the State Highway Commission is authorized t 
locate, relocate, construct, reconstruct, maintain, widen, straight- 
en, and otherwise improve state highways, both primary and secondary, 
and said Commission is also authorized to construct shops, equipment 
sheds, office buildings, maintenance sites, patrolmen accommodations, 
and snow fences, and is authorized to acquire quarry sites, gravel 
pits, storage sites, stockpile sites, weighing stations, and broad- 
casting stations, and is further authorized to develop, construct, 
improve, operate, and maintain parks, parking places, auto camps, 
camp sites, roadside development, recreational grounds or resorts, 
and other places of attraction and scenic value; and 


WHEREAS, said Highway Commission is authorized to acquire 

by purchase, agreement, donation, or by the exercise of the power 

of eminent domain real property, or any interest therein, necessary 
or deemed by the Highway Commission necessary for the accomplistment 
of any and all of the foregoing things; and 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Prairie City-Dixie Sumait Section, John Day Highway (Continued) 
8888-Griffin, E. R., and 0.25 $100 per a. Cozad 


State Land Board 4.80 $25 per a.+9344.40 Landon 
5.05 
Forest Boun Jones Ranch Section, Ochoco Hi 
9075-Howard, L. T. 7 1.89 O per a. + fenc- Gardiner 
ing $1600,+ $781.10 
9076-Jones, Annie P. R/V, 5.68 $100 per a. 
Talus 14.7% $10 per a. + $1784.60, ™ 
20.42 plus fencing 
Gilliam County-Zinter Ranch Section, Wasco-Heppner Highw. 
8931-Ward, Fay R/T 3.16 $25 per a. + $285 Gardiner 
warshfield—Bay Park Section, Oregon Coast Highwa: 
9259-Chesik, Anastasia B. 7 18,377 sq.ft. 4f sq. ft. + Collins 
et al $1822.50 
(Correction) 
Oregon Gity (Undercrossi Section, Pacific Highway East 
9029-Portland General Electric R/W 24,167 sq.ft. $0.0041+ per sq.ft. 
Company McCallister 


Front Avenue Pro ject-Columbia Street South (Portland), Pacific Highway West 
g650-Palandri, Nary 5,000 sq.ft. $3,903.00 (Based on 
cash payment of $2,903 
and exchange of 1 lot, 
cost price »1,000) McCallister 


North Bend-Marshfield Section, Oregon Coast Highw. 
3058-Peterson, L. P. RAY 7,571 sq.ft. 12¢ sq.ft. plus Collins 


$8550.70, less cred- Landon 
it by deduction of 

$908.52 for land being 
deeded by the state. 


The Commission also discussed the acquisition of the following 


properties: 

Klamath Falls Section, Midland Highway 

8876-Kelley, C. C. Trustee Quarry Approx. $4,000 Lump Sum Parker 
21 a. 

Sisters-Redmond Section, McKenzie Highway 

8642-Hill, Louis W. Seale 2.52 $625 Lump Sum Benson 


Site 


and designated as Parcel No. 4 and is further identified 
in the records of the Highway Commission as file R 4248, 
and which property is being acquired for right of way 
purposes in connection with the Oregon Coast Highway. 


2. That the Commission does hereby find and declare that 
each of the said described parcels of real property is necessary 
and acquisition of the same by the State is required for the speci- 
fic purposes hereinabove set forth, and the said properties are be- 
ing acquired for the express and specific purposes in this resolu- 
tion set forth. 


3. That the State Highway Engineer be and he hereby is 
instructed and directed to make or cause to be made all surveys 
necessary in connection with the determination, description, and 
acquisition of said real properties, and said Engineer is further 
instructed to prepare and submit to the Legal Department necessary 
and adequate descriptions of the said real properties, which said 
descriptions shall be available for the preparation of any deed or 
deeds or other instrument or instruments necessary to complete the 
acquisition of said property or properties, whether said properties 
be acquired by purchase, donation, agreement, or by the exercise of 
the power of eminent domain. 


4. That I. H. Van Winkle, Attorney General of the State 
of Oregon, and J. M. Devers, Assistant Attorney General and Attor- 
ney for the State Highway Commission, be and they are hereby re- 
quested, authorized, and directed to attempt to agree with the 
owner or owners and/or with the tenants or persons in possession, 
if there be any, of said parcel or parcels of land with respect to 
the compensation to be paid for the taking of the same and the dam- 
age, if there be any, and in the event that no satisfactory agree- 
ments can be reached, then it is hereby further resolved that the 
Attorney General of the State of Oregon and J, lf. Devers, Assist- 
ant Attorney General and Attorney for the State Highway Commission, 
be and they hereby are requested to commence and prosecute to a 
final determination such suit or action, or suits or actions, 4s 
may be necessary and appropriate to acquire title to the said 
premises and all rights therein for the purposes herein stated. 


5, That this resolution be entered in full in the min- 
utes and records of this Commission. 


#(The detailed descriptions of the respective parcels of real prop- 
erty mentioned in this resolution are attached to the original reso- 
lution on file in the office of the State Highway Commission, Salem, 
being Resolution No, 10, under the heading "Real Property Condemna- 
tion Resolutions", and said descriptions by this reference are made 
a part of this minute entry to the same extent as if copied in full 
herein, ) 
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WHEREAS, in the judgment of the Highvay Commission the 
several tracts or parcels of land hereinafter described are each 
and all necessary for the specific and particular purposes herein- 
after specifically set forth; 


WO", THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission as follows: 


1. That the Commission does hereby find and declare that 
the several parcels of real property hereinafter described are each 
and all necessary for the accomplishment of the purposes hereinafter 
expressly and specifically set forth, which said real properties and 
the specific purposes for which the same are being acquired are de- 
scribed as follows, to wit: 


Real property ovmed by the unknown heirs of Ramsay 
lebster, deceased, which property is located in the west 
nalf (‘15) of the southeast quarter {SE,;) of Section 28, 
Township 13 South, Range 2 East, .M., Linn County, Ore- 
gon, and is more particularly described on the attached 
sheets and designated as Parcel No. 1, and is further 
identified in the records of the Highway Commission as 
file R 9010, and which property is being acquired for the 
purpose of securing roadbuilding materials therefrom in 
connection with the Santiam Hichway;* 


Real property ovmed ty the heirs of Lizzie N. Thompson, 
deceased, “hich property is located in the Prior F. Blair 
D.L.aC. Noe 39, in Sections 35 and 36, Tormship 17 South, 
Range 4 West, ".M., Lane County, Oregon, and is more parti- 
cularly described on the attached sheets and designated as 
Parcel Noe 2 and is further identified in the records of the 
Highway Commission as file R 8862, and which property is be- 
ing acquired for right of way purposes in connection with 
Secondary Highvay No. 2245;* 


Real property ovmed by Oliver Jack, which property is 
located in the southwest quarter (st) of the northeast quar- 
ter (NE,) of Section 23, Township 2 North, Range 4 ‘iest, 
".M., Washington County, Oregon, and is more particularly 
described on the attached sheets and designated as Parcel 
No. 3 and is further identified in the records of the High- 
way Commission as file 2 3875, and which property is being 
acquired for the purpose of securing roadbuilding materials 
therefrom in connection with the Wolf Creek Highway;* 


Real property ovmed by Marguerite C. Kauffman, which 
property is located in Government Lot 3 of Section 5, Town- 
ship 10 South, Range ll “est, V.M., Lincoln County, Oregon, 
and is more particularly described on the attached sheets 


part or portion of the above described real property, is necessary 
and is needed in connection with the construction and maintenance 


of the ‘Jolf Creek Highway, which said real property is described as 
follows, to wit: 


Parcel ijo. 1 


A parcel of land lying in the south half (S3) of the 
northwest quarter (NW) of the northeast quarter (NE*) of 
Section 30, Township 2 North, Range 3 West, W. M., Wash- 
ington County, Oregon, and being a portion of the follow- 
ing described property: that tract of land which was con- 
veyed by that certain deed to B, F. Friday and W. 0. Gala- 
way and DeEtte Galaway recorded in Book 185, Page 105, of 
Washington County Record of Deeds; the said parcel being 
all that portion of the foregoing described property in- 
cluded in a strip of land of variable width on each side 
of the center line of the Wolf Creek Highway as said high- 
way has been located over and across or adjacent to the 
said property; the location of the said strip of land (in 
so far as it encroaches upon said property) being deter- 
mined by the said center line from Station 2238+92.4 to 
Station 2251+46.8, which portion of center line is de- 
seribed as follows: 


Beginning at a point which is Engineer's center line 
Station 2238+92.4, opposite and 100 feet distant from 
which point the northerly line of the said strip of land 
intersects the north and south center line of said Section 
30; said point being 879 feet south and 58 feet west of 
the north quarter corner 7: Section 30, Township 2 North, 
Range 3 West, W. Mes thence South 62° 45' East a distance 
of 1254.4 feet to Engineer's Station 2251+46.8, opposite 
and 80 feet distant from which station the northeasterly 
line of the said strip of land intersects the south line 
of said property. 


The widths (in feet) of the strip of land above re- 


ferred to are as follows: Width on North- Width on South- 


. erly Side of erly Side of 
Station to Station Total Width eeelien ~r pre dont 


2238+92.4 to 2242+00 180 feet 100 feet 80 feet 
2242+00 to 2246+00 160 feet 80 feet 80 feet 
2246400 to 2251+46.8 190 feet 80 feet 110 feet 


The parcel of land to which this description applies con- 
tains 4.1 acres. 
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WHEREAS, the State Highway Commission is authorized to 
locate, relocate, construct, reconstruct, maintain, widen, straight- 
en, and otherwise improve state highways, both primary and secondary, 
and said Commission is also authorized to construct shops, equipment 
sheds, office buildings, maintenance sites, patrolmen accomodations, 
and snow fences, and is authorized to acquire quarry sites, gravel 
pits, storage sites, stockpile sites, weighing stations, and broad- 
casting stations, and is further authorized to develop, construct, 
improve, operate, and maintain parks, parking places, auto camps, 
camp sites, roadside development, recreational grounds or resorts, 
and other places of attraction and scenic value; and 


WHEREAS, said Highway Commission is authorized to acquire 
by purchase, agreement, donation, or by the exercise of the power 
of eminent domain real property, or any interest therein, necessary 
or deemed by the Highway Commission necessary for the accomplish-~ 
ment of any and all of the foregoing things; and 


WHEREAS, that certain highway known and designated as 
State Highway No. 47, and otherwise known as the Wolf Creek Highway, 
is a duly designated and adopted state highway; and 


WHEREAS, the Highway Commission has heretofore, by resolu- 
tion duly adopted and entered in the minutes of the Commission, de- 
clared said highway to be a highway of major importance and did fur- 
ther find and declare that in connection with the acquisition of 
real properties for rights of way for said highway there should be 
acquired also all rights of access from the abutting property to 
said highway, to which said resolution reference is now made; and 


WHEREAS, B. F. Friday and W. 0. Galaway and DeEtte Galaway 
are the owmers of the following described real property, to wit: 


The south half (S$) of the northwest quarter (3) 
of the northeast quarter (NE) of Section 30, Township 2 
North, Range 3 West of the Willamette Meridian, Washington 
County, Oregon; 


and 


WHEREAS, it is the judgment of the Highway Commission that 
the real property hereinafter described, which is a part or portion 
of the above described real property, is necessary and needed for 
right of way and other highway purposes in connection with the con- 
struction and maintenance of the said Wolf Creek Highway; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the State 
Highway Commission as follows: 


1. The Commission does hereby find and declare that the 
real property hereinafter described, and which real property is a 


instructed to prepare and submit to the Legal Departisent necessary 
and adequate descriptions of the said real property, which said 
descriptions shall be available for the preparation of any deed or 
deeds or other instrument or instruments necessary to complete the 
acquisition of said property, whether said property be acquired by 
purchase, donation, agreewent, or by the exercise of the power of 
eminent domain. 


5. That I, H. Van Winkle, Attorney General of the State 
of Oregon, and J. i. Devers, Assistant Attorney General and Attorney 
for the State Highway Commission, be and they are hereby requested, 
authorized, and directed to attempt to agree with the owner or own- 
ers and/or with the tenants or persons in possession, if there be 
any, of said parcels of land with respect to the compensation to be 
paid for the taking of the same and the damage, if there be any, and 
in the event that no satisfactory agreement can be reached, then it 
is hereby further resolved that the Attorney General of the State 
of Oregon and J. li. Devers, Assistant Attorney General and Attorney 
for the State Highway Commission, be and they hereby are requested 
to commence and prosecute to a final determination such suit or 
action as may be necessary and appropriate to acquire title to the 
said premises and all rights therein for the purposes herein stated, 
together with all right of access from adjoining or abutting property 
to said highway, : 


6. That this resolution be entered in full in the minutes 
and records of this Commission. 


WHEREAS, the State Highway Commission is authorized to 
locaté, relocate, construct, reconstruct, maintain, widen, straight- 
en, and otherwise improve state highways, both primary and secondary, 
and said Commission is also authorized to construct shops, equipment 
sheds, office buildings, maintenance sites, patrolmen accomodations, 
and snow fences, and is authorized to acquire quarry sites, gravel 
pits, storage sites, stock pile sites, weighing stations, and broad- 
casting stations, and is further authorized to develop, construct, 
improve, operate, and maintain parks, parking places, auto camps, 
camp sites, roadside development, recreational grounds or resorts, 
and other places of attraction and scenic value; and 


WHEREAS, said Highway Commission is authorized to acquire 
by purchase, agreement, donation, or by the exercise of the power 
of eminent domain real property, or any interest therein, necessary 
or deemed by the Highway Commission necessary for the accomplishment 
of any and all of the foregoing things; and 


WHEREAS, that certain highway known and designated as 
State Highway No. 47, and otherwise known as the Wolf Creek Highway, 
is a duly designated and adopted state highway; and 
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Parcel No. 2 


A parcel of land lying in the south half (st) of the 
northwest quarter (Ilv~) of the northeast quarter (NE) of 
Section 30, Township 2 North, Range 3 West, W. Me, Wash- 
ington County, Oregon, and being a portion of the follow- 
ing described property: that tract of land which was con- 
way and DeEtte Galaway recorded in Book 185, Page 105, of 
Washington County Record of Deeds; the said parcel being 
described as follows: 


Beginning at the southwest corner of the northwest 
quarter (NW2) of the northeast quarter (NE) of said Sec- 
tion 30, Township 2 North, Range 3 West, W. M.; thence 
North 0° 52' East along the north and south center line 
of said section a distance of 372.5 feet to a point which 
is 80 feet distant southwesterly from (when measured at 
right angles to) the center line of the Wolf Creek Highway 
at Engineer's Station 2239+61.7; thence South 62° 45' East 
parallel to said highway center line a distance of 618.3 
feet; thence South 27° 15' West a distance of 30 feet to 
a point which is 110 feet southwesterly from (when measured 
at right angles to) the said highway center line at Engi- 
neer's Station 2246+00; thence South 62° 45' East parallel 
to said highway center line a distance of 162.1 feet to the 
south line of said northwest quarter (NWi) of the northeast 
quarter (NE); thence North 89° 02! West along said south 
line a distance of 685.8 feet to the point of beginning, 
containing 3.1 acres, 


2, The Commission does hereby further find and declare that 
the last above described parcels of real property are needed and re- 
quired, and the appropriation and acquisiton of the same is sought 
under these proceedings, for right of way and other highway purposes 
in connection with the construction, improvement, and maintenance of 
the said Wolf Creek Highway. 


3. The Commission does further find and declare that, in 
addition to the acquisition of the said last described tracts of real 
proverty for the purposes herein stated, it is likewise necessary 
that there be acquired all right of access from the remaining prop- 
erty of the said B, F. Friday and W. 0. Galaway and DeEtte Galaway, 
which said remaining real property abuts upon or joing the real 
property last above described and will, when said highway is con- 
structed, abut upon said highway. 


4. That the State Highway Engineer be and he heieby is 
ingtructed and directed to make or cause to be made all surveys 
necessary in connection with the determination, description, and 
a@quisition of said real property, and said Engineer is further 


point the southwesterly line of the said strip of land 
intersects the north line of said Section 30; said point 
being 90 feet north and 570 feet east of the northwest 
corner of Section 30, Township 2 North, Range 3 West, 

W. Mes thence South 62° 45' East a distance of 2273.8 
feet to Station 2239+81.7, opposite and 80 feet distant 
from which station the southerly line of said strip of 
land intersects the north and south center line of said 
Section 30, 


The widths (in feet) of the strip of land above re- 
ferred to are as follows: 
Width on North- Width on South- 
erly Side of erly Side of 
Station to Station Total Width Center Line Center Line 


2217%07.9 to 2224+00 240 feet 140 feet 100 feet 
2224400 to 2228+00 290 feet 140 feet 150 feet 
2228+00 to 223600 250 feet 100 feet 150 feet 
2236400 to 2239+81.7 180 feet 100 feet 80 feet 


The parcel of land to which this description applies con- 
tains 11.06 acres, of which 8.08 acres were acquired by the 
State and recorded in Book 161, Page 461, Washington County 
Records, title to which hereby is acknowledged to be in the 
public, and 2,98 acres lie outside of said right of way. 


2. The Commission does hereby further find and declare 


that the last above described parcel of real property is needed and 
required and the appropriation and acquisition of the same is sought 
under these proceedings for right of way and other highway purposes 
in connection with the construction, improvement, and maintenance 
of the said Wolf Creek Highway. 


3. The Commission does further find and declare that, in 
addition to the acquisition of the said last described tract of 
real property for the purposes herein stated, it is likewise neces- 
sary that there be acquired all right of access from the remaining 
property of the said 3. F. Friday, except access at approximately 
state highway engineer's station 2220+00, which said remaining real 
property abuts upon or joins the real property last above described 
and will, when said highway is constructed, abut upon said highway. 


4. That the State Highway Engineer be and he hereby is 
instructed and directed to make or cause to be made all surveys 
necessary in connection with the determination, description, and 
acquisition of said real property, and said Engineer is further in- 
structed to prepare and submit to the Legal Department necessary 
and adequate descriptions of the said real property, which said 
descriptions shall be available for the preparation of any deed 


WHEREAS, the Highway Commission has heretofore, by resolu- 
tion duly adopted and entered in the minutes of the Commission, de- 
clared said highway to be a highway of major importance and did fur- 
ther find and declare that in connection with the acquisition of 
real properties for rights of way for said highway there should be 
acquired also all rights of access from the abutting property to 
said highway, to which said resolution reference is now made; and 


' WHEREAS, B. F. Friday is the owner of the following de- 
scribed real property, to wit: 


The northwest quarter (Ni) of Section 30, in Town- 
ship 2 llorth, Range 3 West, of the Willamette meridian, 
‘lashington County, Oregon, containing 156.01 acres; 


and 


WHEREAS, it is the judgment of the Highway Commission that 
the real property hereinafter described, which is a part or portion 
of the above described real property, is necessary and needed for 
right of way and other highway purposes in connection with the con- 
struction and maintenance of the said Wolf Creek Highway; 


Now, THEREFORS, BE IT AMD IT HEREBY IS RESOLVED by the 
State Highway Commission as follows: 


1. The Commission does hereby find and declare that the 
real property hereinafter described, and which real property is 4 
part or portion of the above described real property, is necessary 
and is needed in connection with the construction and maintenance 
of the “olf Creek Highway, which said real property is described as 
follows, to wit: 


A parcel of land lying in the north half (NL) of the 
northwest quarter (174) of Section 30, Towmship 2 liorth, 
Range 3 West, WW. li., \fashington County, Oregon, and being 
a portion of the following described property: that tract 
of land which was conveyed by that certain deed to B. F. 
Friday recorded in Book 131, Page 626, of Washington Coun- 
ty Record of Deeds; the said parcel being all that portion 
of the foregoing described property included in a strip of 
land of variable width on each side of the center line of 
the Wolf Creek Highway as said highway has been located 
over and across or adjacent to the said property; the loca- 
tion of the strip of land above mentioned (in so far as it 
encroaches upon said property) being determined by the said 
center line from Station 2217%07.9 to Station 2239+81.7, 
which portion of center line is described as follows: 


Beginning at a point which is Engineer's center line 
Station 2217+07.9, opposite and 100 feet distant from which 
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of the land, consisting for the most part of a rocky ledge, was appraised 

at $100 an acre. He estimated the total value of the buildings under the 
first-mentioned alternate at $1,160 and on the basis of the second alternate 
at 31,860 and the total appraised value under the first alternate, including 
noth land and buildings, at $2,095, as compared to 2,795 under the second 
alternate. He recommended settlements based on the second alternate totaling 
$2,795 at such time as the Commission authorizes right of way negotiations. 
The Commission approved the recommendation, 


The CommisSion had under discussion the abandonment of portions of 
the Lamonta Section of the Madras-Prineville Secondary Highway, in Jefferson 
County, a portion of the Grant-Rufus Section of the Columbia River Highway, 
in Sherman County, and the abandonment and retention of portions of the Dairy 
Section of the Klamath Falls-Lakeview Highway, in Klamath County. The Engi- 
neer advised that the alignment of the above-mentioned highways has been re- 
vised, and with the exception of a portion of the Dairy Section of the Klamath 
Falls-Lakeview Highway, the parcels referred to are no longer of value for 
state highway purposes. He recomaended that such parcels be abandoned in 
favor of the respective counties in which they are situate and that such por- 
tions of the Dairy Section of the Klamath Falls-Lakeview Highway as can be 
used for state highway purposes be retained under the control of the Commis- 
sion. The Commission approved the recommendation and thereupon adopted the 
following resolutions in regard thereto: 


WHEREAS, in order to afford a better alignment and a more 


satisfactory, safe and convenient highway for the traveling public, 
the Commission found it necessary to relocate a portion of the Mad- 
ras-Prineville Highway in Jefferson County; and 


WHEREAS, by reason of said relocation and reconstruction 
of the Lamonta Section of said highway there were eliminated and 
made unnecessary as parts of the permanent highway certain sections 
or parts thereof, which sections are more specifically defined and 
designated hereinafter in this resolution; and 


WHEREAS, it is the judgment and opinion of the Commission 
that there should be recorded in the minutes and records of the Com- 
mission its purpose and plan to abandon as a part of the said state 

the fragments or portions of right of way hereinafter desig- 
nated and heretofore included within the area of the right of way 
of the said highway as formerly located, improved and used; 


NOW, THFREFORE, the premises being in general as above 
stated, it hereby is resolved by this Commission, all members being 
present and affirmatively participating, as follows: 


1. That the fragments of land confined within the areas 
of land hereinafter designated, which fragments or parcels of land 
were formerly within the limits of the right of way of the Madras- 
Prineville Highway in Jefferson County but are now without the 
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or deeds or other instrument or instruments necessary to complete 
the acquisition of said property, whether said property be acquired 
by purchase, donation, agreement, or by the exercise of the power 
of eminent domain. 


—" 


aT sate Nia 


5, That I, H, Van Winkle, Attorney General of the State 
of Oregon, and J. M. Devers, Assistant Attorney General and Attorney 
for the State Highway Commission, be and they are hereby requested, 
authorized, and directed to attempt to agree with the owner or own~ 
ers and/or with the tenants or persons in possession, if there be any, 
of said parcel of land with respect to the compensation to be paid 
for the taking of the same and the damage, if there be any, and in 
the event that no satisfactory agreement can be reached, then it is 
hereby further resolved that the Attorney General of the State of 
Oregon and J. M. Devers, Assistant Attorney General and Attorney for 
the State Highway Commission, be and they hereby are requested to 
commence and prosecute to a final determination such suit or action 
as may be necessary and appropriate to acquire title to the said 
premises and all rights therein for the purposes herein stated, to- 
gether with all rights of access from adjoining or abutting property 
to said highway, except as provided herein. 
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6. That this resolution be entered in full in the minutes 
and records of this Commission. 


The Attorney brought up for discussion the controversy with Orris 
Knapp with respect to the purchase of right of way needed for the improve- 
ment of the Port Orford South Section of the Oregon Coast Highway in Curry 
County. He recalled that the Commission at one time authorized him to offer 
Mr. Knapp 910,000 for his property, including the Knapp Hotel, but Mr. Knapp 
is demanding $12,500. He further advised that since this offer was made he 
has been informed by reliable parties that Mr. Knapp has had his property 
for sale for a couple of years at $6,000 and he recommended, in view of this 
information, that the State's offer of $10,000 be withdraw and that an amend- 
ed complaint be filed with the court with an offer of 36,000. The Commission 
approved the recommendation. 


The Commission also discussed the controversy with Gordon H. Smith 
regarding the right of way settlement in Umatilla County involving & duck 
lake. Action on this matter was deferred by the Commission until the follow- 
ing day when Mr. Smith will be present. 


: The Engineer reported the results of investigations to determine 
; the value of buildings located on property required by the Commission in con- 
; nection with the widening of the Columbia River Highway at Celilo Indian Vil- 
AEA lage, Wasco County. He said that two estimates were prepared, one based upon 
4 the actual value of the buildings and the grounds and the other on the present 
usage of the buildings by the Indians. The land on which the buildings are 
situated, he said, was appraised at the rate of $1,000 an acre and the balance 
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may desire to take with respect to said fragments of land, and 
should said abandoned sections of the right of way of said high- 
way be further employed for public or private highway purposes 
such use shall be entirely under the control and supervision of 
the County Court of Jefferson County and beyond any responsibility 
or supervision by the State Highway Commission. 


WHEREAS, in order to afford a better alignment and a 
more satisfactory, safe and convenient highway for the traveling 
public, the Commission found it necessary to relocate a portion 
of the Columbia River Highway in Sherman County; and 


‘HEREAS, by reason of said relocation and reconstruction 
of the Grant-Rufus Section of said highway there was eliminated and 
made unnecessary as a part of the permanent highway a certain sec- 
tion or part thereof, which section is more specifically defined 
and designated hereinafter in this resolution; and 


WHEREAS, it is the judgment and opinion of the Commission 
that there should be recorded in the minutes and records of the Com- 
mission its purpose and plan to abandon as a part of the said state 
highway the fragment or portion of right of way hereinafter designa- 
ted and heretofore dinoluded within the area of the right of way of 
the said highway as formerly located, improved and used; 


NOW, T'ERUFORE, the premises being in general as above 
stated, it hereby is resolved by this Commission, all members being 
present and affirmatively participating, as follows: 


1, That the fragment of land confined within the area of 
land hereinafter designated, which fragment or parcel of land was 
formerly within the limits of the right of way of the Columbia River 
Highway in Sherman County but is now without the limits of the right 
of way of said highway, as said highway has been relocated and con- 
structed, be and said fragment or parcel of land or portion of the 
old right of way is abandoned as a part of the right of way of said 
highway, and said fragment or parcel of land or old right of way is, 
so far as control and supervision by this Commission is concerned, 
eliminated and left to revert to the adjoining and abutting property 
owners or to the control and supervision of the County Court of 
Sherman County for highway or other public purposes as the Court 
may determine. The fragnent or parcel of land affected by this 
resolution is defined and described as follows, to wit: 


All that certain section of the old right of way of 
the Grant-Rufus Section of the Columbia River Highway in 
Sections 1 and 2, Township 2 North, Range 16 East, in Sec- 
tion 6, Township 2 North, Range 17 East, and in Section 
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limits of the right of way of said highway, as said highway has been 
relocated and constructed, be and said fragments or parcels of land 
or portions of the old right of way are abandoned as parts of the 
right of way of said highway, and said fragments or parcels of land 
or old right of way are, so far as control and supervision by this 
Commission is concerned, eliminated and left to revert to the adjoin- 
ing and abutting property owners or to the control and supervision 
of the County Court of Jefferson County for highway or other public 
purposes as the Court may determine. The fragments or parcels of 
land affected by this resolution are defined and described as fol- 
lows, to wit: 


All those certain parts of the old right of way of 
the Lamonta Section of the Madras-Prineville Highway in 
Section 34, Towmship 12 South, Range 14 East, and in Sec- 
tions 3, 10, 15, 22, 23, and 26, Township 13 South, Range 
14 East, W.M., Jefferson County, Oregon, lying on the 
easterly and westerly side of the right of way required 
for the reconstructed Madras-Prineville Highway between 
Engineer's Station 663400 on the northerly end and Sta- 
tion 928+00 on the southerly end. 


The location of said abandoned right of way may be more definitely 
and particularly ascertained and determined by reference to a map 
or blueprint, marked "Exhibit A", attached hereto and by this ref- 
erence made a part hereof, which said exhibit for identification 
purposes bears the signatures of W. E. Chandler, Division Engineer, 
H. G. Smith, Construction Engineer, and C. B. McCullough, Assistant 
State Highway Engineer, and is dated March 26, 1941, upon which map 
or exhibit there are reflected the above described parcels of land 
by showing the same shaded in red.* 


2, In the event there remains any physical connection be- 
tween any portion of said abandoned right of way or highway and the 
present highway, and by reason of such physical connection traffic 
from the existing highway may enter or use the said abandoned por- 
tions of the said old road to the possible damage or injury of such 
traffic by reason of any unsafe condition existing with respect to 
said old or abandoned road, then the State Highway Engineer is here- 
by authorized and directed to erect such barricade or other safe- 
guards as may be necessary to protect and safeguard traffic using 
and employing said newly located, constructed and dedicated section 
of said highway. 


3. That this resolution be entered in the minutes and 
records of the Commission and a certified copy thereof promptly de- 
livered to the County Court of Jefferson County, together with a 
copy of said map or exhibit, for such action as said County Court 


a Ss 
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traveled portion of said highway certain sections or fragments of 
land, which said sections or fragments of land are more specifically 
defined and described hereinafter in this resolution and are re- 


flected on a print, marked "Exhibit A", a copy of which is attached 
hereto and made a part hereof; and 


WHEREAS, while those sections hereinafter described as 
the parcels to be retained and shown in yellow on the attached print 
are not required for use as a part of the main or traveled section 
of the highway, nevertheless the same are required, can be used, and 
are essential for other public purposes, to wit: storage purposes, 
parking area and other public uses in connection with said highway; 
and 


WHEREAS, it is the judgment and opinion of the Commission 
that there should be recorded in the minutes and records of the Com- 
mission its purpose and plan to preserve for public use in connec- 
tion with said highway the fragments or parcels of land hereinafter 
described as the parcels to be retained and shown in yellow on the 
attached print; and 


WHERFAS, it is the judgment and opinion of the Commission 
that there should be recorded.in the minutes and records of this 
Commission the purpose and plan of the Commission to abandon as a 
part of the state highway system a certain portion of the highway 
eliminated from the main traveled portion of said highway, which 
section is made unnecessary as a part of the completed highway and 
is shown shaded in red on the attached print or map.* 


NOW, THEREFORE, the premises being in general as above 
stated, it hereby is resolved by this Commission, all members being 
present and affirmatively participating, as follows: 


1. ‘The fragments or parcels of land which heretofore 
were within the right of way proper of the Dairy Section of the 
Klamath Falls-Lakeview Highway but which by reason of a relocation 
or realignment of said highway are now without the area improved 
and used by the traveling public, but are adjacent to and abut 
upon the said right of way, which parcels are shown shaded in 
yellow on the attached print, shall be preserved by the Highway 
Commission for such other public use as said land may serve in 
connection with the construction, improvement, and maintenance of 
said highway or the use of the same, which said parcels or frag- 
ments of land are described as follows, to wits 


All those certain parts of the old right of way of 
the Dairy Section of the Klamath Falls-Lakeview Highway, 
lying on the northerly side of the right of way required 
for the reconstructed Klamath Falls-Lakeview Highway over 
and across Sections 33 and 34, Towmship 38 South, Range 
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31, Township 3 North, Range 17 East, W. ii., Sherman County, 
lying on the southerly side of the right of way required for 
the reconstructed Columbia River Highway, the beginning and 
ending points with reference to the engineer's station of the 
said reconstructed highway being Station @+00 on the easterly 
end and Station 153+00 on the westerly end. 


The location of said abandoned right of way may be more definitely and 
particularly ascertained and determined by reference to & map or blue- 
print, marked "Exhibit A", attached hereto and by this reference made 
a part hereof, which said exhibit for identification purposes bears 
the signatures of W. E. Chandler, Division Engineer; H. G. Smith, 
Construction Engineer: and C. B. McCullough, Assistant State Highway 
Engineer, and is dated March 27, 1941, upon which map or exhibit 
there is reflected the above described parcel of land by showing the 
same shaded in red.* 


2, In the event there remains any physical connection be- 
tween any portion of said abandoned right of way or highway and the 
present highway, and by reason of such physical connection traffic 
from the existing highway may enter or use the said abandoned portion 
of the said old road to the possible damage or injury of such traffic 
by reason of any unsafe condition existing with respect to said old 
or abandoned road, then the State Highway Engineer is hereby author- 
ized and directed to erect such barricade or other safeguards a5 may 
be necessary to protect and safeguard traffic using and employing 
said newly located, constructed and dedicated section of said high- 
way. 


3, That this resolution be entered in the minutes and rec- 
ords of the Commission and a certified copy thereof promptly delivered 
to the County Court of Sherman County, together with a copy of said 
map or exhibit, for such action 46 said County Court may desire to 
take with respect to said fragment of land, and should said abandoned 
section of the right of way of said highway be further employed for 
public or private highway purposes such use shall be entirely under 
the control and supervision of the County Court of Sherman County and 
beyond any responsibility or supervision by the State Highway Commis- 
sion. 


WHEREAS, in order to affora a better alignment and a more 
satisfactory, safe and convenient highway for the traveling public. 
the Highway Commission found it necessary to relocate portions of 
the Dairy Section of the Klamath Falls-Lakeview Highway in Klamath 
County; and 


W , by reason of said relocation and reconstruction of 
said section of said highway there have been eliminated from the main 


————— 
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from the existing highway may enter or use the said abandoned por- 
tion of the old road to the possible damage or injury of such traf- 
fic by reason of any unsafe condition existing with respect to the 
said old or abandoned road, then the State Highway Engineer is here- 
by authorized and directed to erect such barricade or other safe- 
guards as may be necessary to protect and safeguard traffic using 
and employing said newly located, constructed, and dedicated section 
of said state highway. 


6. That this resolution be entered in the minutes and 
records of the Commission and a certified copy thereof promptly 
delivered to the County Court of Klamath County, together with 
covies of said exhibit or map, for such action as said County Court 
may desire to take with respect to the fragnent of land to be 
abandoned, and should said abandoned portion of the right of way 
of said Klamath Falls-Lakeview Highway be further employed for pub- 
lic or vrivate highway purposes such use shall be entirely under 
the control and supervision of the County Court of Klamath County 
and beyond any responsibility or supervision by the State Highway 
Commission. 


The Commission discussed briefly the Engineer's report on the cost 
to improve the Oregon Coast Highway through the Oceanlake district, in Lin- 
coln County. The "ngineer was instructed to submit an estimate of cost based 
on 60-Foot right of way as compared with right of way 80 feet wide. He was 
also authorized by the Commission to make a location survey of the project. 


The Engineer reported on investigations to determine which section 
of the Territorial Secondary State Highway should be oiled in the 1941 con- 
struction program for which the sum of $20,000 has already been budgeted. 

The Commission decided to spend this money for the improvement of the section 
south of Monroe, in Benton County, as originally proposed, and to consider the 
oiling of a section in Lane County later on when additional funds become 
available. 


A letter was presented from the Oromite Company, Los Angeles, Cal- 
ifornia, requesting the early improvement of the Terrebonne-Lower Bridge 
County Road in Deschutes County, which road the Commission heretofore agreed 
to oil using Federal Aid Secondary Highway Funds when Deschutes County has 
completed the grading and surfacing of the same. The Secretary was instructed 
to inform the company that the Commission is coumitted to the project and will 
do the oiling work as soon as the grading and surfacing have been completed 
by the county, provided the federal authorities will approve it as a federal 
aid secondary highway project. 


The Comission considered and ordered filed a letter from the Oregon- 
Washington Bridge Board of Trustees, Washington, D. C. with reference to a 
proposed bridge across the Columbia River at Astoria. 
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11} East, W. M., Klamath Gcanty, the beginning and ending 
points with reference to the engineer's stations of the recon- 
structed highway being as follows: between Engineer's Sta- 
tions $89+00 to 895+00, Stations 901+50 to 904+00, Stations 
907+20 to 912+40, and Stations 935+00 to 941+00. 


2. That the fragment of land confined within the area here- 
inafter described and designated as the parcel of land to be abandoned, 
which fragment was formerly within the limits of the right of way of 
the Dairy Section of the Klamath Falls-Lakeview Highway, be and said 
fragment of land is abandoned as a part of the right of way of said 
highway, and said fragment of right of way is, so far as control and 
supervision of this Commission are concerned, left to revert to the 
adjoining and abutting property ommers or to the control and super- 
vision of the County Court of Klamath County. The fragment of land 
to be abandoned is described as follows, to wit: 


reconstructed Klamath Falls-Lakeview Highway over and across 
Sections 33 and 34, Township 38 South, Range 113 East, W. Me, 
Klamath County, the beginning and ending points with refer- 
ence to the engineer's stations of the reconstructed high- 
way being Station 921+30 on the westerly end and 935+00 on 
the easterly end. 


3. In addition to the foregoing descriptions of said 
fragments or parcels of land there is attached hereto 4 print or 
map, marked "Exhibit A", which by this reference is made a part 
hereof, and upon which map there are shown shaded in yellow the par- 
cels of land formerly within tle old right of way, but which are 
now by this official act preserved for public purposes, and upon 
which map there is shown shaded in red the abandoned section of 
said right of way. Said exhibit or map for identification purposes 
bears the signatures of W. E. Chandler, Division Engineer; H. G. 
Smith, Construction Engineers and C. B. McCullough, Assistant State 
Highway Engineer, and bears date of March 18, 1941.* 


4. The Engineer hereby is instructed to properly and com- 
pletely mark on the ground the boundaries of the fragments of land 
to be retained by the Highway Commission by erecting and maintaining 
thereon proper monuments or posts upon which shall be inscribed the 
words "State Property". 


5, In the event there remains any physical connection be- 
tween any portion of said abandoned right of way or highway and the 
present highway, and by reason of such physical connection traffic 


——————— 
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The Engineer advised that this is a meritorious project but there are no 
funds available to finance it. In view thereof the Commission denied the re- 
quest; however, instructed the Engineer to keep the project in mind for future 
consideration. 


A letter was presented from Mayor G. H. Hanson of Paisley request- 
ing the construction of an airplane landing field adjacent to the Fremont 
Highway about one mile north of Paisley, as authorized by the 1941 Legisla- 
ture, The Commission ordered that Mr. Hanson be informed that the State 
Highway Commission has nothing to do with the selection or designation of 
landing fields under such authority, that function being a responsibility of 
the Oregon State Board of Aeronautics. 


A letter was presented from Charles H. Reynolds, President, Oregon 
Trail Association, urging additional improvements to the Minam Hill Section 
of the Wallowa Lake Highway. The Commission made no definite commitment to 
the project, but indicated that it would authorize additional work at this 
location if savings accrue from the contracting of other work, The Engineer 
was instructed to bear this in mind. 


The Commission considered a petition from 42 property owners resid- 
ing along the O'Niel Secondary Highway, in Deschutes County, in which request 
was made for the oiling of this road at the earliest opportunity, particularly 
the section between The Dalles-California Highway junction and the crossroad 
at O'Niel. The request was denied because there are no funds available to 
finance the work, and for the further reason that the County Court has asked 
for the oiling of the Tumalo-—Deschutes Secondary Highway as the project of 
most importance to Deschutes County for any funds that the Commission may 
have available for expenditure in this county. 


A resolution was presented from Catherine Creek Grange No. 841, 
Union County, urging the Commission to maintain and improve U. S. Highway 
No. 30 (Old Oregon Trail) from La Grande to North Powder, via the town of 
Union, as the permanent route of this highway between these points. The 
Secretary was instructed to inform the Grange that the Commission is now in- 
vestigating alternate routes for the permanent location of the highway at 
this point and is not in a position at the present time to make a definite 
statement in regard thereto, 


Consideration was given by the Commission to the request of Charles 
R, Dyer, Myrtle Creek, Oregon, for the construction of a cattle pass across 
the Pacific Highway at his home, about two miles south of vhe town of Myrtle 
Creek, The Engineer advised that a 10‘ cattle pass constz ucted at such loca- 
tion would cost about $1,000, He recommended that the request be denied be- 
cause there are many places throughout the state where similar conditions 
obtain, and if the Commission should embark on a program of this kind it 
would eventually mean an expenditure of a large sum of money which the Com- 
mission can ill-afford under present conditions, The Commission thereupon 
denied the request. 
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A letter was presented from Elk Creek School District No. 7%,° Trail, 
Oregon, requesting the reconstruction of the Crater Lake Highway and the elim- 
ination of curves. The Commission deferred action on the matter pending in- 
spection of the road by Commissioner Clough. 


The Commission discussed the matter of constructing a new highway 
from the Old Oregon Trail to the new U. S. Army Airbase at Pendleton, as a 
substitute for the present secondary highway leading to the Pendleton airport. 
The Engineer estimated that such highway, providing a roadway for three lanes 
of traffic, would cost about $50,000. The Commission approved the project as 
a national defense measure, confirming the tentative decision reached at its 
meeting in Pendleton on March 26, 1941. The Engineer was instructed to secure 
if possible federal aid secondary highway funds to finance the work. 


A petition was presented from Hope Grange, Mary's River Grange, Ben- 
ton County Pomona Grange, and others, requesting improvement of the Alsea~Dead- 
wood Secondary Highway. The Secretary was instructed to inform the petition- 
ers that the Commission is not in a position to undertake such improvement at 
the present time on account of lack of funds to finance the work, but the Com- 
mission will inspect the road to secure first-hand information as to its pres- 
ent condition when it is in that vicinity. 
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A petition was presented from the residents of Taft, Oregon, re- 
questing the improvement of the Oregon Coast Highway through this town by con- 
structing concrete curbs and paving full width between curbs. The Engineer 
was instructed to make a survey of the project amd report how much it will 
cost. 


The Engineer requested authority to take bids for the construction 
of a concrete bridge, costing $10,000, over the llorth Fork of the Necanicum 
River near the fish hatchery, in Clatsop County, to replace the existing pile 
trestle bridge which is badly decayed. The Commission approved the request. 
This action was confirmed by Chairman Cabell on the following day. 


A request was presented from the Board of County Commissioners of 
Multnomah County for additional improvement on the Skyline Boulevard project 
in the 1941 Federal Aid Secondary Highway Program, The Engineer estimated 
that the next project on this road would cost about $30,000 and recomnended 
approval of the request. The Commission approved the recommendation and 
authorized the Engineer to make application for federal aid secondary highway 
funds to finance thé work, notwithstanding that there is a possibility that 
the project will not be approved by the Public Roads Administration. 
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A letter was presented from Fred S. Groth, Freewater, Oregon, re- 
questing the improvement of the Oregon Section of the secondary highway which 
extends from Umapine, Oregon, to Gardina, Washington, The Commission denied 
the request in view of its decision to construct the new airport road at 
Pendleton, there being no further funds available. 


SY ORISSA 


A request from John A. McCall, Klamath Falls, for the oiling of the 
Widland Secondary Highway, in Klamath County, had the attention of the Comnissiai« 
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would object to the installation of such meters on the newly constructed 
highway on Water Street. The Commission voted unanimously to oppose such in- 
stallations on this state highway route, W. H. Lynch, District Engineer, 
Public Roads Administration, who was present, also voiced his disapproval of 
the same, This action was confirmed by Chairman Cabell on the following day. 


The Commission considered and approved a resolution from the Jack- 
son County Court in which the court declared its intention to reestablish and 
maintain as a county road the portion of the Tiller-Trail Highway in Jackson 
County which was abandoned by the State Highway Commission as a state highway 
on November 13, 1940, because of the reconstruction of the highway on other 
alignment. : 


The Commission also considered and approved a resolution from the 
County Court of Marion County in which the county declared its intention to 
preserve as a county road a portion of the Salem-Pringle Creek Section of the 
Pacific Highway which was abandoned by the State Highway Commission on Decem- 
ber 18, 1940, in view of the reconstruction of this highway on other align- 
ment. 


The “ngineer reported that the Lake Creek Bridge, No. 220-36.70, 
on the Eugene-Swisshome Secondary Highway, in Lane County, has been repaired 
and that twenty-five other small bridges on the Eugene-Swisshome Secondary 
Highway have been repaired and that it is no longer necessary to maintain the 
reduced load limit heretofore placed on them. Also, that the old Neahkahnie 
Chasm Bridge, on the Oregon Coast Highway, has been replaced with a new struc- 
ture, and that the bridges on the Little Nestucca Secondary Highway, at Mile 
Posts 05.30 and 06,40, have been repaired,so that the reduced load limits 
for which these bridges have been posted are no longer necessary. He also 
reported that it is no longer necessary to maintain the 50 per cent reduced 
load limit on the Tiller—Trail Secondary Highway in Douglas County. He ac- 
cordingly recommended appropriate action by the Commission restoring the 
bridges and the road for statutory weights. The Commission approved the rec-— 
ommendation and, by unanimous vote, adopted the following resolutions with 
respect thereto: 


WHEREAS, on the 2nd day of July, 1934, at a meeting of 
the State Highway Commission, two members being present and parti- 
cipating, the Commission passed and adopted a resolution ordering 
a reduction of the maximum permissible load limit on certain state 
highway bridges, including the following, to-wit: 


EUGENE-S'ISSHOME SECONDARY HIGHYAY NO, 220 


25 small bridges between lfile Post 27.3 and 
Mile Post 35.4 5 tons 
220-36.7 covered wooden bridge across Lake 
Creek 10 tons 
and 


WHEREAS, on the 18th day of Way, 1937, at a meeting of 
the State Highway Commission, all members being present and 
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The Engineer reported receipt of a request from Nic Monte, Region- 
al Grazier, U. S. Department of the Interior, for permiesion to construct a 
standard cattle guard across the Central Oregon Highway, in Harney County, 
under the provisions of the new law enacted by the 1941 Legislature. He said 
that Mr. Monte is simply asking the Commission's approval to build this cattle 
guard, which will be paid for with funds under his control, and he recommended 
approval of the request. The Commission approved the project oubject to the 
condition that the work is done under the general supervision and to the entire 
satisfaction of the State Highway Engineer and in a location approved by him. 


The Secretary presented several requests from residents of Lane 
County for the oiling of the Veneta-Crow Section of the Territorial Secondary 
State Highway. He was instructed to inform the petitioners that the Commis- 
sion does not have funds available at the present time to finance such improw- 
ment but will bear it in mind in the formulation of future construction pro~ 


grams. 


Matters pertaining to the renewal of the State Highway Engineer's 
official bond were discussed by the Commission, particularly the question 
whether the bond should be renewed in the companies in which it is now written 
or be given to other companies. The Engineer advised that the total amount of 
the bond is $200,000 and at the present time this is divided among ten differ- 
ent companies, each of whom carries $20,000; further, that the selection of 
the various companies was made by drawing names from a hat. The Commission 
considered this method of selecting the various agents fair, and ordered that 
the same procedure be followed when the bond comes up for renewal this year. 


The Commission discussed a bill now before Congress extending the 
time limit for the construction of a bridge across the Columbia River near 
The Dalles, Oregon, three years, from March 4, 1942. The Commission consid- 
ered that the Oregon delegation in Congress should be notified of the action 
taken by the Oregon Legislature, which authorizes and empowers the Highway 
Commission to construct, reconstruct, purchase, rent, lease, or otherwise ac- 
quire, improve, operate, and maintain a bridge or bridges over the Columbia 
River connecting the states of Oregon and Washington, so that they will have 
this information when the bill comes up for discussion, The Commission also 
considered it advisable to further inform the Congressmen that the Commission 
feels that it would be the part of wision to defer the construction of a pri- 
vately-owmed interstate bridge across the Columbia River near The Dalles, or 
at any other point, until a cooperative survey of the entire river has been 
completed by the highway departments of the states ef Oregon and Washington, 
which survey has already been authorized, The matter was referred to Chair- 
man Cabell with authority to send a letter containing such information to 
each of the Oregon senators and representatives in Congress, with a carbon 
cony of such letter to the U. S. War Department. (See letter directed to 
Senator Charles L. McNary, dated April 14, 1941, for details.) 


The Engineer reported receipt of information to the effect that the 


City of Oregon City contemplates the installation of parking meters on its 
city streets and has inquired whet 


her or not the State Highway Department 
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above-named bridges are located, and to the Superintendent of 
the Department of State Police for his information. 


WHEREAS, on the 18th day of December, 1940, at a mecting 
of the Oregon State Highway Commission, all members being preseiit 
and participating, the Commission passed and adopted a resolution 
reducing the maximum load limit on the 


TILLER-TRAIL SECONDARY HIGHWAY between mile post 
38.55 and mile post 45.53, in Jackson County, 


and 


WHEREAS, subsequent to the passage of said resolution, 
conditions have changed so that it is no longer necessary or de- 
sirable, and the Commission hereby finds that it is no longer 
necessary or desirable to maintain the reduced load limit set 
out in said resolution on the said above-named highway; 


NOW, THEREFORE, BE IT RESOLVED that the action of the 
State Highway Commission, reducing the maximum permissible load 
limit on the ; 


TILLER-TRAIL SECONDARY HIGHWAY between mile post 38.55 
and mile post 45.53, in Jackson County, 


be and the same hereby is rescinded and cancelled as of this date, 
and the maximum load limit permissible on the said section of said 
highway hereafter shall be the maximum load limit provided by law. 


IT IS HEREBY ORDERED that certified copies of this reso- 
lution be furnished to the county clerk of Jackson County, in which 
county said section of said highway is located, and to the Superin- 
tendent of the Department of State Police for his information. 


The Engineer reported receipt of a letter from Koy Kilpatrick, 
lawyer, Canyon City, advising that the people of Seneca have changed 
their minds with respect to their previous request for the revision of 
the alignment of the John Day-Burns Highway through their city to accom- 
modate an auditorium which they propose to build, and that these people 
now propose to construct a passageway under the highway between their 
school house and the proposed auditorium and expect to raise funds to pay 
the cost thereof by subscription. The Commission approved the construction 
of the underpass subject to the condition that the design of the same be 
made by Highway Department engineers and that the work be carried on in a 
manner satisfactory to such engineers, and with the further understanding 
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participating, the Commission passed and adopted a resolution order- 
ing a reduction of the maximum permissible load limit on certain 
state highway bridges, including the following, to-wit: 


LITTLE NESTUCCA SECONDARY HIGHWAY 


130-05.3 Little Nestucca River Bridge 5 tons 
130-06.4 Little Nestucca River Bridge 5 tons 


and 


WHEREAS, on the lyth day of September, 1938, at a meeting 
of the State Highway Commission, two members being present and parti- 
cipating, the Commission passed and adopted a resolution ordering a 
reduction of the maximum permissible load limit on the following 
state highway bridge, to-wit: 


OREGON COAST HIGHWAY (NEAHKAHNIE ROUTE) 

9A-40.0 Neahkahnie Mountain Chasm Bridge 10 tons 
and 

WHEREAS, subsequent to the passage of said resolutions the 
said above-named bridges have been repaired so that it is no longer | 
necessary or desirable to maintain the reduced load limits set out 
in said resolutions; 

NOW, THEREFORE, BE IT RESOLVED that the action of the 
State Highway Commission reducing the maximum permissible load limit 
on the following bridges, to-wit: 

EUGENE*SWISSHOME SECONDARY HIGHWAY NO. 220 


Z5 small bridges between Mile Post 27.3 and Mile Post 35.4 
220-36.7 covered wooden bridge across Lake Creek 


LITTLE NESTUCCA SECONDARY HIGHWAY 


130-05.3 Little Nestucca River Bridge 
130-06.4 Little Nestucca River Bridge 


OREGON COAST HIGHWAY (NEAHKAHNIE ROUTE) 
9-40.0 Neahkahnie Mountain Chasm Bridge 
be and the same hereby are rescinded and vacated as of this date, and 


the maximum load limit permissible on the said bridges shall here- 
after be the maximum load limit provided by law. 


Tf IS FURTHER ORDERED that certified copies of this resolu- 
tion be furnished to the county clerks of each county in which said 
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pay the state the salvage value of the materials, less the cost of removal, 
which the company now estimates will cost about $1,325.50, whereas the esti- 
nated salvage value of the material is only $437.00. He gave as his thought 
that some expense could be avoided if the state would assume the responsi- 
bility for the removal of the wires and, accordingly, requested authority 

to advertise the material for sale and removal at the next meeting, and to 

do the work with state forces in the event a satisfactory bid is not received. 
The Commission approved the request and so ordered. 


The Commission discussed the use of a new type silhouette school 
crossing sign designed by a citizen of the town of Hood River, which sign 
not only cautions the public about the school zone but also contains adver- 
tising matter and, in the case of Hood River, shows children holding fruit 
grown in that locality. The Engineer gave as his thought that there is no 
justification for this type of sign, inasmuch as the State Highway Department 
furnishes free of charge silhouette type school signs and, furthermore, the 
law prohibits advertising on state highway rights of way, The Commission 
concurred in the viewpoint of the Engineer and thereupon instructed him to 
notify the Hood River authorities to discontinue the use of the signs, as 
they are unconventional and contrary to the Commission's policy, and to sug- 
gest to them that they secure school signs as they may need from the State 
Highway Department. . 


The Commission discussed and approved the granting of a permit to 
the Waitsburg Welding Works, Waitsburg, Washington, to operate truck and semi- 
trailer equipment, having an overall length of 44'10", over the Pacific High- 
way from Portland to the Interstate Bridge, and over the Columbia River High- 
way from The Dalles to the Oregon-Washington State Line near Wallula, Wash- 
ington, in view of the action of the 1941 Legislature which increased the 
allowable overall length of such equipment from 35' to 50'. In the discus- 
sion it was pointed out that the new law will not go into effect until June, 
1941. The Secretary was authorized to grant permits in the meantime up to 
the 50' overall length limit, provided the applicant will furnish the custom- 
ary insurance. 


The Commission considered and denied as a matter of policy the re- 
quest of the Stayton Lions Club to place a city entrance sign on the right of 
way of the North Santiam Highway just east of Stayton, being outside of the 
city limits. 


A request was presented from the Willamette Hauling Company, Port- 
land, for a permit to transport over the Columbia River Highway, from the 
Bridge of the Gods at Cascade Locks to Viento, a distance of twelve miles, 
one power shovel having an overall width of 9'6" and an overall height of 
12'6", The Commission authorized the granting of the permit subject to the 
condition that the Willamette Hauling Company will furnish the customary 
insurance protecting the Commission, and will provide three flagmen to ac- 
company the movement, one to proceed in advance, one to follow in the rear, 
and the third to ride on the truck to protect passing traffic. 
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that local authorities will assume responsibility for policing the underpass. 
This action by the Commission was approved by Chairman Cabell the following 
day. 


The Engineer requested instruction relative to the furnishing of 
new railroad ties that are needed in connection with the construction of the 
proposed undercrossing of the City of Prineville Railroad north of Prineville. 
He said that it was intended to build this structure in accordance with the 
Public Roads Administration rules and regulations covering grade separation 
projects, which provide that the railroad company shall furnish all new ties 
that are needed and have the privilege of salvaging the existing ties from 
the abandoned section of the road; however, the manager of the railroad ob- 
jects to this provision because, he alleges, in practice a tie which has once 
been used is valueless from the railroad standpoint, and accordingly he wants 
the state to furnish the new ties. He estimated the cost of the ties on this 
project at approximately $1,000 and inquired whether or not an exception 
should be made in this case and the ties be paid for with state funds. The 
Commission decided to let the Public Utilities Commissioner pass on the matter 
when the hearing is held with respect to this grade separation project, in the 
event that the owners of the railroad will not recede from their present stand 
in the matter. 


a 


The Commission discussed a communication from the Southern Pacific 
Railroad Company suggesting the construction of a stairway at the south end 
of the Albany overcrossing for the use of school children and other pedestri- 
ans who persist in using some of the abandoned railroad crossings, particu- 
larly one at Jackson Street. They advised that school children have formed 
the habit of crossing the tracks at grade and climbing through trains, which 
is very hazardous, and refuse to use the steps already constructed at the 
easterly end of the structure because it takes them several blocks out of 
their way; also, that the same practice is followed during the summer months 
when people crass the tracks at grade in going to and from the city swimming 
pool, They suggested the construction of steps at the westerly end and on 
the northerly side of the structure, 50 that pedestrians could cross over the 
tracks on the structure and then descend to the ground level in the vicinity 
of their destination, would be a satisfactory solution of this problem, pro- 
vided a walk were constructed from the steps to the existing walk on Seventh 
Street. The Engineer gave as his thought that such solution would prove sat- 
isfactory if the railroad company would build a fence across Jackson Street 
to prevent people crossing the tracks at such point. He estimated the cost 
of the stairway and the sidewalk at $2,600 and recommended approval of the 
project if the railroad company will pay one-half the cost thereof, The Com- 
mission approved the recommendation subject tc the condition that no state 
funds shall be expended in connection therewith until the railroad company 
has built the fence, and ordered the matter covered by written agreement. 
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The Engineer requested instructions relative to the removal of 
certain trolley wires from the Interstate Bridge between Portland and Vancou- 
ver, He advised that under the Commission's agreement with the Portland 
Traction Company the Company was to remove the wires from the structure and 
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operating his truck with switched P.U.C.plates. The Secretary advised that 
Mir. Bean's truck was demolished in a collision with a freight train and that 
he has not been hauling logs since the accident, but he has now purchased a 
new truck and would like to resume his log hauling business if the Commission 
will approve reinstatement of his permit. After discussion, the Commission 
granted the request subject to the condition that if Mr. Bean again violates 
the law in any respect his permit will be cancelled permanently. 


The Engineer discussed with the Commission matters pertaining to 
the proposed improvement of South Sixth Street in Klamath Falls. He reported 
that it would cost about $43,000 for land to provide a 60-foot right of way, 
and {$89,000 to provide a right of way 80 feet wide. He recommended improve- 
ment of this street for local traffic on 60-foot right of way, and the con- 
struction of a new highway along the north bank of the irrigation canal in 
Ylamath Falls, for through traffic, The Commission tentatively approved the 
Engineer's recommendation, but deferred final action and the adoption of a 
resolution relative thereto until a later meeting. The Engineer was author- 
ized to conduct surveys as may be necessary to complete plans for both proj- 
ects and to report to the Commission at the next meeting the estimated cost 
to construct each so the Commission can order the Sixth Street project ad- 
vertised for bids at that time, if it so desires. 


The Commission discussed a letter from the Oregon Association of 
Trade Executives, Portland, suggesting the adoption in Oregon of ambulance 
service similar to that now being offered by the State Police Department in 
the State of Washington. The Commission considered such matter to be a 
function of the State Police Department and accordingly ordered the communi- 
cation filed without action. 


A letter was presented from School District No. 7, Lostine, Oregon, 
requesting the privilege of purchasing about 20 cubic yards of sand and gravel 
from State Highway Department stock pile for use in connection with construc- 
tion of a concrete tennis court. The Commission authorized the sale of this 
material to the School District at actual cost if investigation reveals no 
commercial plant in the vicinity that is able to furnish such material. 


A letter from the Hood River Chamber of Commerce, requesting snow 
removal operations on the Mount Hood Highway, So as to open this road for 
tourist travel, had the attention of the Commission, The matter was referred 
to the Engineer for investigation and report as to how much it will cost to 
open the road. 


The Commission considered and ordered filed a letter from Thomas H. 
MacDonald, Commissioner of Public Roads, Washington, D. C., complimenting the 
Commission on its Fourteenth Biennial Report. 


A letter was presented from the Forest Supervisor of the Rogue Riv- 
er National Forest, Medford, Oregon, requesting state cooperation in the con- 
struction of a cattle guard across the Little Butte Secondary State Highway 
in Section 4, Township 37 South, Range 3 East, W. M., Jackson County. The 
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The Commission corisidered and denied the request of the Campbell 
Conro Lumber Company, Hugene, for permission to transport piling 110 feet 
long over the Coos Bay-Roseburg Highway enroute from Camas Mountain to Rose- 
burg, investigations having revealed that loads in excess of 95 feet in length 
cannot be transported over this highway without taking up more than one-half 
the roadway. 


The Comuission also denied the request from the Parker Lumber Com- 
pany, Eugene, for permission to transport over the Crater Lake Highway near 
the town of Prospect loads of logs having an overall length in excess of 70 
feet, investigations having revealed that this section of highway is very 
crooked and that loads of such length cannot be transported thereover without 
taking up more than one-half the traveled roadway. 


The Comission considered a request from Alex La Voy, Allegany, to 
drag logs across the Coos River Secondary llighway about three miles above the 
town of Allegany. The Commission was of the opinion that it has no authority 
to permit the dragging of logs across any state highway and accordingly denied 
the request. However, the Secretary was instructed to inform Mr. La Voy that, 
if he cares to go to the expense of constructing 4 roadway over the highway, 
the Commission will offer no objections thereto, provided the structure is 
built in conformance with plans approved by the State Highway Engineer. 


The Commission confirmed the Engineer's award of the following con- 
tracts, bids for which were taken by the Commission at its meeting on Febru- 
ary 27 and 28, 1941, the Engineer having reported the conditions of the awards 
satisfied: 


Surfacing and oiling Donaldson Creek-iiills Bridge and McNamar's | 
Camp—ashburn Sections of Wilson River Highway, Bids taken February 
27; contract awarded March 25, 1941, to Roy L. Houck, the low bidder, 


Grading and topping Lytle Creek~-Ochoco Creek Section of Madras- 
Prineville Secondary Highway. Bids taken February 27; contract award- 
ed March 25, 1941, to Berke Bros., the low bidders. 


Grading and paving ‘fest Sheridan Section of the Salmon River 
Highway. Bids taken February 28; contract awarded to Berke Bros., 
the low bidders, on March 25, 1941. 


Grading, surfacing and oiling Jones Hill-Lena Section of the 
Heppner Highway. Bids taken February 28; contract awarded March 25, 
1941, to R. O. Dail & Warren Bros., Ine., the low bidders. 


Grading, topping and bridge construction on Gilliam County Line- 
Zinter Hanch Section of the Wasco-Heppner Secondary Highway, Bids 
taken February 28; contract awarded uuarch 25, 1941, to M. L. O'Neil 
& Son, the low bidders. 


A request was received from Fremond Bean for reinstatement of his ( 
log hauling permit which was revoked on December 11, 1940, because he was 
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the Central Oregon Highway as one of the roads in the strategic military 
highway system rather than the John Day Highway, and offering the services 
of the people of Bend to effect such designation. The Commission took no 
action, this matter having been disposed of earlier in the session. 


The Commission discussed a letter from the Central Labor Council, 
Portland, in which the Commission was requested to withdraw its support from 
the Collins Concrete and Steel Pipe Company of Portland, because this company 
employs non-union workers in its various departments, is paying a lower scale 
of wages than is being paid by other pipe companies, and is on the Labor Coun- 
cil's unfair list. The Commission instructed the Secretary to infor.a the 
Central Labor Council that. the State Highway Commission makes its purchases 
through the State Board of Control which takes bids for materials on a com- 
petitive basis; further, that it is the long-established policy of the Com 
mission to recommend to the Board of Control acceptance of the low bid in 
each instance, provided the material being furnished meets the specifications, 
and in any event, such procedure must be followed in order to meet the feder- 
al requirements in connection with purchases where federal funds are involved. 


The Commission's attention was also brought to the letter from the 
Southwestern Oregon Central Labor Trades Council advising that the Houck Con- 
struction Company of Salem, which has a contract with the Commission for high- 
way construction at Marshfield, is on the Council's unfair list and its oper- 
ations are picketed, because it is paying its employees wages that are below 
the prevailing wage in that district. They urged the Commission to force 
Mr. Houck to pay the prevailing wage. The Commission instructed the Secre- 
tary to inform the Council that the work being done by the Houck Construction 
Company at this place is contract work which was awarded to the company as a 
result of competitive bidding, this company being the low bidder, and further, 
that the contract contains a certain wage scale which must be paid by the con- 
tractor and if he pays his men according to this scale the Commission cannot 
force him to pay more, in fact, the Commission cannot make any contractor do 
anything outside of the limits of his contract. 


A letter was presented from Mr. Lee U. Eyerly, member of the Oregon 
State Board of Aeronautics, requesting the appointment of some members of the 
Highway Department's organization to confer with the State Director of the 
State Board of Aeronautics, relative to the making of a preliminary survey 
for a tentative program to establish airports, as authorized by the 1941 Leg- 
islature. The Engineer advised that he has already informed Mr. Eyerly that 
he would be glad to discuss the general situation with the Director of Aero- 
nautics at any convenient time, and that he would recommend to the Commission 
that the Commission cooperate with the board in conformance with the provi- 
sions of this new statute, although there is a question whether or not there 
can be very much correlation between airport and highway construction except 
under unusual conditions wherein tle spoil or waste materials from the one 
facility can be used by the other. The Commission approved the reply. 


The Commission discussed a letter from Loy W. Rowling, Chairman, 
Executive Committee, United Commercial Travelers of America, Eugene, request- 
ing representation for this organization on the service club sign racks 
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Comission authorized granting of the permit for the construction of such 
cattle guard provided the Forest Service will pay all of the costs involved 
and will construct the guard in accordance with plans approved by the State 
Highway Engineer and will carry on the work under the general supervision of 
such Engineer. 


A letter was presented from H. I. Kibler, Portland, suggesting the 
construction of bridle paths along the old Columbia River Highway between 
Multnomah Falls and Eagle Creek when the new water-grade highway has been 
constructed between these points. The Secretary was instructed to inform Mr, 
Wibler that there is a question whether or not the Commission can use for 
such purpose funds that are provided by the motorists... In any event, the new 
highway is not scheduled for early completion, so there will be sufficient 
= in the interim for the Commission to give the matter the study that it 

eserves. 


t 


| 
| 
| 
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The Commission discussed briefly and ordered filed a communication 
from W. C. Markham, Secretary, American Association of State Highway Offi- 
cials, advising the status of the "Carmody Report on Highways." The Secre- 
tary was instructed to send a copy of this letter to each member of the Com- 
mission. 


The Engineer reported on the complaint of the Cougar Independence 

Lessees, Baker, Oregon, relative to the condition of the Sumpter Valley Sec- 
ondary Highway. He said that during the recent period of thaw a few bad 
frost rolls developed and broke, causing 4 muddy condition; however, the 
maintenance forces have repaired these, and the entire section up to Sumpter 
is now dry and in fair condition, but from Sumpter to the end of the second- 
ary highway at MeCully's Forks the road is unsurfaced and is quite muddy, al- 
though the maintenance forces are doing their best to keep it travelable. 
Until such time as the road is surfaced, he said, it will be practically in- 
passable during each spring breakup. The Engineer was instructed by the Com- 
mission to continue the maintenance of the section as best he can under pre- 
vailing conditions, as there are no funds available to finance surfacing work 


at this time. 
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The Commission discussed a letter from Sterling J. Behnke, Eugene, 
on behalf of the Eugene Obsidians, which letter was forwarded from the office 
of Governor Charles A. Sprague and in which request was made for snow removal 
operations on the wecKenzie Highway up to the winter sports recreational area 
at Hand Lake. The Commission ordered the communication filed because the 
season is so far advanced and there is no apparent reason for an expenditure 
at this time. 


The Commission also discussed and ordered filed a letter from M. A. 
Lynch, former State Highway Commissioner, Redmond, transmitting an editorial 
from the Redmond Spokesman expressing approval of the Commission's purchase 
of "The Cove" area in Jefferson County for state park purposes. 


The Secretary presented a letter from the Honorable Robert W. Saw- d 
yer, Bend, former State Highway Commissioner, recommending the selection of | 


Creek Highway right of way near the Nehalem River Bridge at Elsie. 


The Secretary presented a letter from the Lane County Court recom 
mending the oiling of the Veneta South Section of the Territorial Secondary 
Highway, Lane County, in preference to other sections of this highway, The 
Commission confirmed the action previously taken at this meeting in which it 
was decided to make no change in the present construction program so far as 
it relates to the Territorial Secondary Highway, and to retain in the program 
a $20,000 allotment for the oiling of the Monroe South Section. However, the 
Commission agreed to give consideration to the oiling of other sections of 
this highway in the formulation of future programs, 


The Commission discussed briefly, and referred to Commissioner 
Clough, for study and report, a communication from H. J. Andrews, Assistant 
Regional Forester, Division of State and Private Forestry, relative to the 
county-owned land problem of Douglas County. 


letters were presented from the Honorable W. J. Johnson, County 
Judge of Josephine County, and from the Cave City Chamber of Commerce, in 
which the Highway Commission was requested to assist in securing 2 reclassi- 
fication of the Happy Camp-O'Brien Road in Josephine County, from a forest 
trail to a No. 3 Forest Road. Judge Johnson advised that if the Highway 
Commission would request such reclassification the probabilities are that the 
U. S. Forest Service would grant the request, because it would enable the For- 
est Service to spend federal funds for the improvement of the road. He fur- 
ther advised that the district served by this road is now practically isolated 
and, if improved, would be available for year-round traffic, which would make 
it possible to market timber products, farm products and mine products that 
cannot be taken to market under present road conditions. The Engineer ad- 
vised that this road lies partly in the State of California. He was instruct- 
ed by the Commission to inform Judge Johnson that the Commission feels that 
it is obligated to spend the moneys under its control for the improvement of 
highways on the strategic military highway system and for the improvement of 
other state highways, rather than for the construction of an entirely new 
project such as the road under discussion. 


The Engineer requested authority to purchase, at an estimated cost 
of $200,00, a small centrifugal pump for use in connection with irrigating 
the landscaped area around the historical monument situate adjacent to the 
Fremont Highway at Summer Lake. The Commission approved the purchase of this 
pump through the State Board of Control. 


The Engineer presented a list of surveys that he has ordered since 
the last meeting of the Commission and asked the Commission to confirm them 
and the amounts allocated for each. After due consideration the Commission 
authorized and instructed the Engineer to make such location surveys on vari- 
ous sections of the highways of this state, which said sections of highways, 
together with their identifying location survey numbers and the amounts auth- 
orized and allocated for such survey expenditures are as follows: 
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recently installed at Eugene. The Commission considered that the Commercial 
Travelers of America does not meet the Commission's requirements for repre- 
sentation on such racks and, accordingly, denied the request. 


The Commission considered and ordered filed a letter from Arthur 
Podell, jultnomah, Oregon, complaining of the condition of the Oregon Coast 
Highway south of Bandon, in Coos County. 


The Commission also discussed and ordered filed communications as 
follows: 


Letter from Josephine County Court expressing confidence in 
the State Highway Commission and approval of its present 
method of allocating the funds at its disposal 


Letters from Senator Rufus Holman and Hood River Chamber of 
Commerce, forwarded through the Public Roads Administration, 
relative to construction of a road leading to Lost Lake, in 
Hood River County 


Letter from North Lincoln County Chamber of Commerce thanking 
the Comaission for roadside beautification accomplishments in 
North Lincoln County 


A letter was presented from lr. George E. Lewis, Algoma, Oregon, 
objecting to the empicyment of Union labor exclusively on the state highway 
project north of Klamath Falls. Mr. Lewis advised that local people desiring 
employment on this project are being refused work because they do not belong 
to the Union, and he enclosed in his letter a clipping from the Klamath Falis 
paper which quoted the Oregon State Employment Service as saying: "xi labor 
on the project will be entirely Union and will be hired through the Employment 
Service Office, He cautioned men against attempting to find work by going out 
to the job.s#s#" The Secretary was instructed to inform Mr. Lewis that no 
one is required to belong to the Union in order to secure employment on any 
state highway contract, inasmuch as the contract does not contain provision 
to that effect. However, if the contractor is signed up with the Union and 
demands Union labor, he is within his rights in so doing, and the Commission 
is not in any position to object. 


The Commission discussed briefly and ordered filed a copy of Senate 
Bill No. 812 of the 77th Congress, First Session, providing for the acquisi~ 
tion and toll-free operation by the United States of the interstate bridges 
at Cascade Locks and Hood River. 


The Secretary presented a certified copy of the resolution adopted 
by the Eugene City Council approving the routing of the Pacific Highway through 
the City of Eugene, as heretofore adopted by the Commission. The Commission 
ordered the resolution filed for future reference. 


The Commission considered and denied the request from Anthony Schef- 
fer, Elsie, Oregon, for permission to operate a luncheon stand on the Wolf 


concluded that better results would be obtained if the finishing 
of the fills of the grading project were deferred until the pave- 
ment had been laid, and as a consequence the overcrossing project 
was not completed within the extended time limit. He further ad- 
vised that the state received a better job by reason of delaying 
the finishing of the fills until the pavement was completed and, 
in view thereof, he recommended that the extension of time now re- 
quested be granted without penalty. A letter was presented from 
the Public Roads Administration concurring therein. The Commis- 
sion approved the recomnendation unanimously. 


Tom Lillebo, contract No. 2361, for construction of fenders 
on the Yaquina Bay Bridge piers on the Oregon Coast Highway at 
Newport, Lincoln County, requested an extension of time of 20 
days, from January 31 to February 20, 1941, within which to com- 
plete this job. He attributed his failure to complete the proj- 
ect within the specified time limit to bad weather conditions 
which did not permit work on certain days without endangering 
the lives of his crew. The Engineer advised that the main reason 
that the contractor failed to complete the project within the 
specified time limit was the fact that he rented a pile driver 
for the work and the owner of the same took it off the job on 
December 1 and did not return it to Mr. Lillebo until January 9, 
1941. He gave as his thought that’this is no valid reason for 
granting the extension of time without penalty, and he accordingly 
recomended approval of the request for an extension of time sub- 
ject to the condition that the contractor reimburse the state for 
engineering expense incurred on the job subsequent to January 31, 
1941, the specified date of completion. The Commission approved 
the recomnendation unanimously. 


The Engineer brought up tor discusuion the question whether or not 
to penalize - contractor K. L. Goulter for failure to complete, within the 
specified time limit, contract No. 2259 for grading and construction of 
structures on the Necarney Creek-Neahkahnie Mountain Section of the Oregon 
Coast Highway, in Tillamook County. He advised that the date of completion 
specified in the contract was November 30, 1940; however, on December 5, 1940, 
the Commission granted an extension of time to April 1, 1941, with a proviso 
that Mr. Goulter be charged with the engineering costs incurred by the stcte 
in connection with the job after March 10, which is the dete coverea by an 
cutomatic extension of time due to increased work suthorized on the sroject. 
All work in connection with this job, he said, was completed on March 10; 
however, due to » change in the plans, the contrictor was required to remove 
the temporary crib from the bottom of the Chasm Bridge, which requirec an 
additional five-days time. He geve as his thought that the contractor should 
not be charged with the engineering expense incurred during this five-day 
eriod ond accordingly recommended that the penalty be weived. A letter vas 
presented from the Public Ronds Administrotion concurring therein. The Com 
mission approved the recommendation. 


Plans ---- 1-1427 - Baker Undercrossing Section, Baker-Unity Highway, 
Baker County. lst authorization - $1500 
Plans - -— - — 204~1446 - Camp Clatsop-Ft. Stevens Section, iilitary Access 


Road, Clatsop County, 2nd authorization - 93'780 
Total to date $6780. 


Right of Way - 107-1415 - Riverside Raneh Section, Crooked River Highway, 


Crook County. 1st authorization - %300 

Right of Way - 21-1446 - Otter Rock Section, Oregon Coast Highway, Lincoln 
County. lst authorization - $50 
Level ---- 22-1432 - Various sections, various highways, Linn County. 


lst authorization - $150 


Plans -- -- 22-1433 - Marion County Line-Junction Pacific Highway West, 
Pacific Highway East, Linn and Lane Counties 
Ast authorization - $150 


Plans - - - - 124-1438 - East Oak Street, Silverton Section, Cascade Highway, 
Marion County. lst authorization - $100 
Plans ---- 24-1439 - Clackamas County Line-Linn County Line, Pacific 


Highway East, Marion Co. 1st authorization - 9100 


& 
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ras, =.= - Dayton Bridge Section, Three Mile Lane Highway, 


Yamhill County. lst authorization - $100 


The Commission had under consideration the following requests for 
extensions of time within which to complete highway construction projects: 


Roy L. Houck, contract lic. 2159, for grading and paving the 
Alwany Overcrossing Project on the Pacific Highway East, in Linn 
County, requested an additional extension of time, from July 23 to 
October 26, 1940, within which to complete this job. He alleged 
that he failed to complete the project within the specified time 
limit for the following reasons: unsuitable weather conditions 
during the spring of 1940 which necessitated closing down the work 
at the request of the engineer; award to him of the contract for 
grading and paving the Albany Section, resulting in the necessity 

to work both jobs simultaneously; and extra time needed for the dry- 
ing-up of soft spots that developed in the grade. The Engineer ad- 
vised that this contract was awarded by the Commission on January 
31, 1439, and the date of completion specified in the contract was 
December 31, 1939. Further, that the Commission previously extended 
ne: the time limit to July 23, 1940, without penalty, because of bad 

sae weather conditions which necessitated the closing down of the work ¢ 
in the spring. At the time of resuming the work in 1940 it was 


Contract No. 2378, with li. L. O'Neil & Son, for the 
Wasco County Line-i/adras Rock Production Project on The 
Dalles-California Highway, in Jefferson County. Completed 
February 3, 1941. 


Contract No. 2389, with Blair T. Alderman, for road- 
side improvement on the Third Street (Bend) Undercrossing 
Section of The Dalles-California Highway, in Deschutes 
County. Completed March 28, 1941. 


Contract No. 2391, with Rogers Construction Company, 
for the Pendleton-Pilot Rock Rock Production Project on 
the Pendleton-John Day Highway, in Umatilla County. Com- 
pleted February 22, 1941. 


Contract No. 2394, with A. S. Wallace, for the Wood- 
burn-Molalla-Silverton Rock Production Project on the Pa- 
cific, Woodburn-Sandy, Cascade, Hillsboro-Silverton and 
Silver Creek Falls Highways, in Clackamas and Marion 
Counties. Completed Mareh 13, 1941. 


THEREFORE, BE IT RESOLVED that the work covered by said 
state highway contracts for the construction of said state highway 
projects be declared completed according to the terms of the re- 
spective contracts, and said jobs are hereby accepted and final 
payment in connection with each is hereby authorized. 


The Commission discussed a date for its next regular meeting for re- 
ceiving bids for construction work, following that scheduled for May 8 and 9, 
1941, and decided to hold such meeting in Portland on Thursday and Friday, 
June 12 and 13, 1941, It was also decided to hold a special meeting on Thurs- 
day, May 22, in Portland, to receive bids on the Front Avenue pro ject, Port- 
land, and to dispose of routine matters. The Secretary was instructed to make 
the usual arrangements to hold these meetings in the auditorium of the Public 
Service Building. 


The Commission adjourned at 10:45 p. m. to reconvene at 9:00 o'clock 
the following morning in the auditorium of the Public Service Building. 


Portland, Oregon, April 4, 1941 


The State Highway Commission reconvened at 9:00 a. m. in the audi- 
torium of the Public Service Building. Present were: 


Henry F. Cabell, Chairman 

Huron W, Clough, Commissioner 

Herman Oliver, Commissioner 

R. He Baldock, State Highway Engineer 
Je M. Devers, Attorney 

H. B, Glaisyer, Secretary 
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The Commission discussed a letter from E. C, Hall Company requesting 
release from payment of a portion of the penalty charged it for failure to 
complete its contract with the state for grading, surfacing, oiling and con- 
struction of a structure on the Warren Creek Section of the Columbia River 
Highway, in Hood River County, contract No. 2204. Mr. Hall alleged that bids 
for this job were taken by tle Commission on July 27, 1939, but the contract 
was not awarded to him until September 9, 1939, necessitating an automatic ex- 
tension of the time limit to July 31, 1940; further, that owing to a serious 
traffic condition he was not able to start the grading work until July 15, 
1940, and even at that late date the material handled was so wet that it had 
to be mixed with other material so as to maintain traffic over the road. It 
was his thought that he would be entitled to an extension of time without 
penalty up to September 1, 1940, for such reason, The Engineer advised that 
the reasons given by Mr. Hall for his failure to complete this job within the 
specified time limit are substantially correct--that July 15 was about the 
earliest that this section could be worked satisfactorily without interfering 
with free flow of traffic on the Columbia River Highway. He recomnended in 
view of the circumstances that the E. C,. Hall Company be relieved of the pay- 
ment of the extra engineering expense incurred by the state prior to Septem- 
ber 1, 1940, but that it be charged with the cost of engineering supervision 
incurred by the state subsequent thereto. The Commission approved the recom- 
mendation and so ordered. 


The Engineer reported that contracts Nos. 2159, 2259, 2361, 2378, 
2389, 2391, and 2394, for the construction of state highway projects, have 
been completed according to the requirements of the contracts or modifications 
thereof, and that said jobs are now ready for acceptance. The following reso~ 
lution accepting the above projects was offered and was adopted by the unani- 
mous vote of the Commission: 


WHEREAS, the Engineer has reported that the following 
State Highway Commission contracts for the construction of state 
highway projects have been completed according to the terms and 
provisions of the contracts and said jobs are now ready for accept- 
ance: 


Contract No. 2159, with Roy L. Houck, for grading 
and paving the Albany Overcrossing Section of the Pacif- 
ic Highway, in Linn County. Completed October 26, 1940, 


Contract No. 2259, with K. L- Goulter, for grading 
and structures on the Necarney Creek-iieahkahnie Mountain 
Section of the Oregon Coast Highway, in Tillamook County. 
Completed March 15, 1941. 


Contract No. 2361, with Tom Lillebo, for redriving 
pier fenders on the Yaquina Bay Bridge on the Oregon Coast 
Highway at Newport, in Lincoln County. Completed Febru- 
ary 19, 1941. 


PACIFIC HIGHWAY 
INTERSTATE BRIDGE —- PLACING NEW EXPANSION PLATES 


Birkemeier & Saremal 
Curtis Gardner 


PACIFIC HIGHWAY WEST 
ONION FLAT SECTION - GRADING AND PAVING 


Roy L. Houck $45,329.00 
Berke Bros. 45,605.50 
Porter W, Yett 47,031.50 
McNutt Bros. 49,183.50 
United Contracting Co. 58,575.50 


THREE MILE LANE SECONDARY HIGHWAY 
YAMHILL RIVER BRIDGE AT DAYTON 
REDDCK AND RECONSTRUCT TIMBER APPROACHES 


J. F. Johnston $26,684.50 
Frank Watt Construction Co. 26,746.00 
Harry I. Hamilton 26,839.50 
Averill & Corbin 26,997.25 
C. J. Eldon 27,207.00 
Barham Bros. 27,743 50 
Curtis Gardner 29,140.00 
Birkemeier & Saremal 30,248.00 
McNutt Bros. 32,532.50 
Babler Bros. 32,798.00 


County Judge Nelson B. Higgs of Harney County was present in regard 
to the improvement of the Burns-Crane Highway and the Hanley Lane Section of 
the Frenchglen Secondary Highway. He gave as his understanding that the Com 
mission has budgeted $50,000 for the Hanley Lane Section and ./15,000 for the 
improvement of the section south of Wright's Point. The Engineer estimated 
that it would cost about $85,000 to improve the Burns-Crane Highway from 
Burns to the Hanley Lane junction and the Hanley Lane-iiright's Point Section 
of the Frenchglen Secondary Highway. Judge Higgs suggested that the $15,000 
set up for the section south of Wright's Point be transferred to the Hanley 
Lane project, making a total of $65,000 available for the improvement of this 
section, and that additional funds be appropriated for the oiling of the 13- 
mile section from Burns to the Hanley Lane junction. Chairman Cabell said 
that it would be advisable to make such transfer and suggested that the 
$10,000 savings accruing on the previous day from the contracting of the 
Vance Creek project on the Pendleton John Day Highway could be reallocated 
to the Hanley Lane Section, making a total of $75,000 available for this 
work, and to augment such sum with additional savings as may accrue on other 
projects in this vicinity so as to finance the entire improvement from the 
Burns-Crane Highway to Wright's Point. Also, that if savings accrue from 
the contracting of this work such savings could be applied to the oiling of 
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Bids, as follows, for highway construction projects were opened and 
read in conformance with previously-published notice following which Chairman 
Cabell announced that the award of contracts would be made at 2:30 p.m, in the 
same room: 


CASCADE SECONDARY HIGHWAY 
CLACKAMAS GRADE SEPARATION 


Frank Watt Construction Co. $25,954.00 
Birkemeier & Saremal 26,954.00 
C. J. iontag & Sons 28,071,00 
McNutt Bros, 28,108.00 
C. J. Eldon 30,049.00 
Barham Bros. 31,158.20 


PENDLETON-JOHN DAY HIGHWAY 
LONG CREEK-FOX SECTION 
GRADING, SURFACING, OILING AND TWO BRIDGES 


A. Milne $115,600.80 
E. C. Hall Co. 126,318.00 
Babler Bros. 149, 889.00 
McNutt Brose, 153,965.00 


WARNER SECONDARY HIGHIAY 
WARNER SUMMIT-CAMAS CREEK SECTION - SURFACING AND OILING 


No bids received on this project 


OREGON COAST HIGHWAY 
MINER CREEK-SPENCER CREEK SECTION - GRADING 


Berke Bros. $56,303.00 
A. C. Greenwood Co., Inc. 63,065.00 
Leonard and Slate 64,226.00 
Frank Penepacker 69,945.00 
E. C. Hall Co. 70,458.00 
C. J. Eldon 20,686.00 
E. L. Gates 72,185.00 
Sam Orino 72,459.00 
Coos Bay Dredging Co. TB ,414.25 
McNutt Bros. 77,990.00 
Roy L. Houck 85,845.00 


VALE-ADRIAN COUNTY ROAD 
CON HOLLOW CREEK-ADRIAN JUNCTION SECTION 
SURFACING, OILING AND BRIDGE 


No bids received on this project 
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construction, but stated definitely that the state would pave the street if 
some other agency would finance the sewer work, The Engineer suggested that 
it would be advisable, pending the Commission's decision in the matter, to 
install the 24" pipe line along First Street to the Snake River and construct 
a manhole in connection therewith, now, so that this feature will be taken 
care of in the event the Commission decides to go ahead with the sewer con- 
struction. He explained that such work can be done much cheaper at the pres- 
ent time’ than later, because of the underpass structure which is now being 
built, and added that this part of the work would have to be done regardless 
of who pays for the sewer. The Commission approved such installation. The 
delegation was informed that the Commission would render a decision in the 
matter as soon as possible. 


The delegation also renewed its request for the oiling of the sec- 
ondary state highway between Adrian and the Idaho State Line, opposite Home- 
dale, Idaho, and for the construction of a new bridge across the Snake River 
at Nyssa. The Commission agreed to inspect these projects the next time it 
is in that vicinity. 


The Commission discussed the matter of rerouting the Baker-Home- 
stead Highway and, in connection therewith, considered resolutions from the 
Baker County Court requesting the following: sa 


1. Rerouting the Baker-Homestead primary highway from Baker 
to Homestead, via Robinette. 


2. Designating the road from the town of Halfway to Cornu- 
copia a secondary state highway. 


3, Eliminating from the primary highway system all but ap- 
proximately the westerly 3-mile section of the highway 
which extends from Halfway to Homestead. 


After discussion the Commission approved the county's resolutions and there- 
upon, by unanimous vote, adopted resolutions as follows, effecting the 
changes requested: 


WHEREAS, the Baker-Homestead Highway as now located ex- 
tends from Baker easterly by way of Richland to the foot of Timber 
Canyon Grade, thence northerly to Halfway, thence northeasterly to 
Homestead and Ballards Bridge over the Snake River, and 


WHEREAS, it is the judgment and opinion of the State High- 
way Commission that a relocation of the section of said highway ex- 
Halfway to a point approximately 6.5 miles southerly 
over the Snake River will result in better 
more economical highway construction and maintenance and 
will better serve the motoring public. 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
Highway Commission, all members being present and affirmatively 


the 13-mile section between Burns and Hanley Lane junction. This arrangement 
was satisfactory to Judge Higgs and was thereupon approved by the Commission 
by unanimous vote. The Engineer was authorized to advertise this project for 
bids to be received at the meeting on liay 8, if the plans and specifications 


can be prepared in time. 


Judge Higgs also asked for the improvement of the Buchanan-Juntura 
Section of the Central Oregon Highway which, he said, is going to pieces under 
heavy traffic. He was informed that the Commission does not have funds avail- 
able to finance a standard improvement, but will do what it can by way of 
maintenance to keep it in passable condition. 


Judge Higgs also asked the Commission to bear in mind improvement 
of a roadway from the town of Burns to the Burns airport,which is now being 
surveyed, a distance of four miles. He was informed by the Engineer that 


there are only two recognized Government airports in Oregon, being those situ- 
ate at Portland and Pendleton, and it is doubtful whether the Commission would 
have funds that could be applied to the construction of a road leading to any 


other airport. 


A delegation from the town of Nyssa, headed by Frank Morgan, and in- 
cluding L. P. Thomas, R. G, Whitaker, and Herschel Thompson, all members of 
the Nyssa City Council, came before the Commission in regard to the improve- 
ment of Main Street through their town (route of the Old Oregon Trail). They 
asked for the paving of this street from curb to curb from a point near the 1 
public school building to the crossing of the 0.W.R. & Ne Railroad, and also 
asked for the construction of a storm sewer to drain the surface water from 
this street, both of which projects have been previously requested by the 
city. The Engineer advised that investigations of the drainage problem re~- 
veal that it would not be feasible to instalid a pump at the undercrossing to 
take care of drainage water, because it would take a pump of a capacity of 
@ cubic feet per second. He suggested a gravity sewer line to serve the area 
which, he said, would cost about $14,000. If the Commission decides to do 
this work, he said, a saving of about $1,550 could be realized by changing 
the plans for the drainage system for the underpass now under construction, 
which would reduce the cost of the gravity system from $14,000 to $12,500. 
The Attorney advised that the Commission can legally expend state funds for 
this work provided it is confined to the street that is the state highway 
route, but not beyond those limits. The Engineer advised further that it 
would cost about $35,000 to construct the sewer facilities and to pave the 
street, which estimate includes the construction of a good type of pavement 
through the business district. ur. Thompson advised that the city is not in 
a position financially to do this work on its own account. 


Chairman Cabell pointed out that the project involves a policy of 
the Commission and it was his thought that the Commission should adopt a 
standard policy to apply to all cities and towns before giving a definite 


answer to this particular request. After discussion, the Commission instruct- 


ed the Engineer to report at the next meeting the localities where the state 


has constructed sewers and other drainage facilities. Chairman Cabell then 
advised that there is 4 question whether the state will pay for the sewer 


state highways, which highways shall be selected from the market 
roads or other county roads, or available locations or routes of 
the several counties; and 


WHERTAS, the State Highway Commission, by mutual agree- 
ment with the Baker County Court of the State of Oregon, has 
selected the road or highway hereinafter named, and it is the 
purpose of the Commission to officially and regularly designate 
and adopt said highway as a highway to constitute, together with 
other highways heretofore adopted and/or which may hereafter from 
time to time be added, the system of secondary state highways under 
the provisions of said acts; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOWED by the 
State Highway Commission, all members being present and affirma- 
tively voting and participating, as follows: 


1. That the following described market road, county 
road, highway, route, or location of a highway in Baker County be 
and the said market road, county road, highway, location, or route, 
hereby is selected, designated, established, adopted and approved 
as a secondary state highway and shall be and hereby is designated 
as a part of the secondary state highway system, to wit: 


Halfway-Cornucopia Secondary State Highway No. 413: 


Beginning at the junction of the former Baker—Home- 
stead Primary State Highway with the county road 
extending from Halfway to Cornucopiain the Town of 
Halfway; thence in a northerly direction along Pine 
Creek to Cornucopia, a distance of approximately 
11.0 miles. 


2. That the said highway shall be and hereby is quali- 
fied for improvement under the provisions of said Chapter 243, 
Oregon Laws 1931; Chapter 196, Oregon Laws of 1935; and Chapter 
529, Oregon Laws of 1939; and amendments thereof. 


WHEREAS, under the provisions of Chapter 248, Laws of 

1931; Chapter 196, Laws of 1935; and Chapter 529, Laws of 1939; the 
State Highway Commission, by mutual agreement with the respective 
county courts of the several counties of the State, is authorized 
and empowered to select, locate, and designate a system of secondary 
state highways, which highways shall be selected from the market 
roads or other county roads, or available locations or routes of the 
several counties; and 
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voting, as follows: 


1. That the section of the Baker~Homestead Highway ex- 
tending from the foot of Timber Canyon Grade northerly-to Halfway 
and thence northeasterly to a point approximately 6.5 miles south- 
erly from Ballards Bridge be and said section of said highway hereby 
is relocated so that the same shall follow a route and course begin- 
ning at the foot of Timber Canyon Grade thence easterly to Robinette, 
thence northerly via Brownlee to a connection with the present Baker~ 
Homestead Highway at a point approximately 6.5 miles southerly from 
Ballards Bridge, thence nortiierly to Ballards Bridge over Snake 
River. 


2. Said route and location hereby is designated and adopt- 
ed as a part of the route and location of the Baker-Homestead High- 
way. 


3. That the Engineer be and he hereby is instructed to 
appropriately mark on the ground with permanent posts or other mon- 
uments the course and right of way boundaries of said new location. 


4. That the field notes and other engineering data made 
and prepared by the Engineer in making said location be and the same 
hereby are adopted as the field notes and engineering data establish- 
ing the said location and route. 


5. From and after the adoption of this resolution that 
portion of the Baker—-Homestead Highway extending from Halfway to a 
point approximately 6.5 miles southerly from the said Ballards Bridge 
shall no longer be a part of said state highway but shall revert to 
Baker County and thereafter shall be 4 county road under the juris- 
diction and control of said Baker County. 


6. That the section of the Baker—Homestead Highway as 
heretofore located, beginning at the foot of Timber Canyon Grade 
east of Richland, thence northerly to Halfway, shall continue to be 
a state primary highway but shall be knowm as the Halfway Highway. 


7, That this resolution be entered in the minutes and 
records of the State Highway Commission and that a duly certified 
copy thereof be delivered to the County Court of Baker County and 
to the Public Roads Administration. 


WHEREAS, under the provisions of Chapter 248, Laws of 
1931; Chapter 196, Laws of 1935; and Chapter 529, Laws of 1939; the 
State Highway Commission, by mutual agreement with the respective 
county courts of the several counties of the State, is authorized 
and empowered to select, locate, and designate a system of secondary 
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are as yet unfulfilled, Judge Howard advised that the county plans to spend 
some county money for grading and surfacing the worst sections of the road, 
but the county is absolutely unable to finance the entire improvement. He 
said that the county endeavored to secure Federal funds that have been allo- 
cated for the improvement of roads within Indiar. reservations to finance this 
work, but failed. He urged the Commission to give the project serious con- 
sideration, 


Judge Reeder also asked the Commission to continue the improvement 
of the county road between Malin and Bonanza, particularly the Poe Valley 
Section. He requested the oiling of the three-mile section that was graded 
and surfaced by the state in 1939, which section, he said, is now in good 
condition but is very difficult to maintain. He also asked for the oiling of 
a two- and three-quarters-mile section of the county road north from Midland, 
which the county has graded and graveled. Request was also made by the County 
Court for the improvement of the Midland Secondary State Highway. The Engi- 
neer estimated that oiling work on the Malin-Bonanza Road would cost about 
$6,000 per mile and that the surfacing, oiling, and bridge construction on 
the }iidland road would cost a total of approximately $65,000. The Commission 
took the request under advisement. 


The matter of the improvement of South Sixth Street, lamath Falls, 
was next discussed. The Engineer estimated that it would cost more to nod- 
ernize South Sixth Street, including acquisition of right of wey cnd incie 
dental expense than to construct an entirely new highway bypassing the South 
Sixth Street congested district and entering Klamath Falls by the Main Street 
underpass, He gave as his thought that it would be advisable to construct 
the permanent highway on such revised alignment and to improve South Sixth 
Street on the present 60' right of way for local use. He estimated the cost 
of extra right of way along South Sixth Street, to provide 80' width, at 
$100,000, and gave as his thought that it would be logical to expend this sum 
of money for construction of the bypass route, which would not only conserve 
funds but would provide a shorter route for motorists in passing through 
Klamath Falls. After discussion the County Court indicated approval of the 
arrangement mentioned by the Engineer. 


The County Court brought up for discussion a local controversy with 
respect to a small area of land at the junction of The Dalles-California 
Highway and the Green Springs Highway. It appears that Klamath County ac- 
quired the right of way at this point with the intention of conveying it to 
the state, but there seems to be no record of the transfer. The question 
arises whether or not the property was ever deeded to the State, because 
there is a clause in the county's deed which provides that any portion of the 
property that is not utilized for highway right of way within a reasonable 
length of time shall revert to the former owners, and such former owners are 
now demanding the return of such portion of this area. After discussion, 
the Commission referred the matter to the Attorney with instructions to assist 
the county in any way possible, to iron out the difficulty. 


Chairman Cabell brought up the matter of the state cooperating in 
the construction of a bridge over the Willamette River at Independence, After 
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WHEREAS, the State Highway Commission, by mutual agree- 
ment with the Baker County Court of the State of Oregon, has select- 
ed the road or highway hereinafter named, and it is the purpose of 
the Comaission to officially and regularly designate and adopt said 
highway as a highway to constitute, together with other highways 
heretofore adopted and/or which may hereafter from time to time be 
added, the system of secondary state highways under the provisions 
of said acts; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED, by the 
State Highway Commission, all members being present and affirmative- 
ly voting and participating, as follows: 


1. That the following described market road, county road, 
highway, route, or location of a highway in Baker County be and the 
said market road, county road, highway, location, or route, hereby 
is selected, designated, established, adopted and approved as a sec~ 
ondary state highway and shall be and hereby is designated as a part 
of the secondary state highway system, to wit: 


Pine Greek Secondary State Highway No. 414: 


Beginning at a point in the Town of Halfway at the 
Junction of the Halfway-Cornucopia County Road with 
the former Baker-Homestead Highway; thence easterly 
to a point near the crossing of Dry Creek} 4 dis- 
tance of approximately 3.0 miles. 


2. That the said highway shall be and hereby is qualified 
for improvement under the provisions of said Chapter 248, Oregon 
Laws 1931; Chapter 196, Oregon Laws of 1935; and Chapter 529, Oregon 
Laws of 1939; and amendments thereof. 


The County Court of Klamath County represented by County Judge U. E. 
Reeder and County Commissioners E. E, Benner and John R. Reber; also County 
Engineer Frank Z. Howard, came before the Commission and urged improvement of 
the Sprague River County Road which passes through the Klamath Indian Reserva~ 
tion, They particularly urged the oiling of the nine-mile section between the 
town of Sprague River and the junction with the Klamath Falls-Lakevisw High- 
way, although they alleged that the improvement of the entire road is impor- 
tant from the standpoint of providing a detour for The Dalles-California High- 
way traffic in the event of interruption of traffic on this highway between 
Klamath Falls and Chiloquin because of floods, or for other reasons. The En- 
gineer estimated that it would cost about 430,000 to oil the nine~mile sec- 
tion, Chairman Cabell pointed out that the improvement of this road is a 
costly undertaking and one which the Highway Commission could not very well 
undertake at this time in view of the many obligations of the Commission that ‘ 
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. Messrs, W. H. Tugman and Chet Goode, Eugene, appeared before the 
Commission with respect to Mr. Goode's application for a permit to transport 
a boat over state highways from Eugene to Mapleton, the overall dimensions 
being 12' wide, 65' long, and 13' high. They agreed to comply with all rules 
and regulations that the Highway Commission might make with respect to this 
movement and presented a letter from the Sheriff of Lane County offering the 


pdb of his department in safeguarding traffic during progress of the 
movement. 


The Engineer pointed out that there are several structures on this 
section of highway that have restricted vertical clearance and there is a 
question whether the boat will pass through them. After considerable discus— 
sion the Commission voted unanimously to approve the granting of the permit 
in the event investigation reveals that clearances are satisfactory and pro- 
vided further that Mr. Goode will furnish public liability insurance in the 
amount of $50,000/100,000 and property damage insurance in the amount of 
$10,000, protecting the state and the State Highway Commission in the event 
of accidents and, provided further, that the movement is accompanied by at 
least one State Police Officer and by at least two deputy sheriffs to safe- 
guard other traffic, it being understood that Mr. Goode would make the neces- 
sary arrangements for the police escort. The Engineer was instructed to in- 
vestigate the clearances, 


Mr. James Morrell, representing Consolidated Freightways, was pres~ 
ent and requested permission to operate over The Dalles-California Highway 
between the California State Line and Klamath Falls, and over the Pacific 
Highway between the California State Line and iedford, freight-hauling equip- 
ment having an overall height of 12! 6", and to operate over other state 
highways, equipment having an overall height of 12', The Attorney advised 
that the Commission has legal authority to issue continuous permits up to a 
maximum height of 12' 6", if it so desires, After discussion the Commission 
approved the granting of the permits requested if investigation reveals that 
vertical clearances of bridges and other overhead facilities are satisfactory. 


Mr. Elmo Smith, Mayor of Ontario, was present and discussed with 
the Commission the city's proposal for rerouting the Old Oregon Trail through 
the city of Ontario from Oregon Street to First Street, and inquired as to 
the possibility of securing such change this year. The Engineer advised that 
it would cost about $34,000 to improve First Street, using an oiled pavement, 
and that it would cost about $80,000 if the pavement were constructed of Port- 
land cement concrete, Chairman Cabell advised the status of the Commission's 
funds and stated that the outlook for performance of this work this summer is 
not very promising but the change appears to be a good one and, if the Com- 
mission cannot finance it this year, it will probably be included as a prior- 
ity project in next year's program, if the Commission has funds available at 
that time. He added that the Commission will consider it for this year's 
construction if funds can be spared, Chairman Cabell's remarks were endorsed 
by Commissioners Clough and Oliver. The Secretary was instructed to forward 
to Mr. Smith a copy of the Engineer's estimate based upon the use of the oil 
type pavement. 
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discussion the Commission decided not to cooperate in the cost of this struc- 
because the project is not of military importance and the Commission cannot 
spare the funds. The Engineer was instructed to so inform the sponsors of 
the project. 


The Commission discussed the matter of permitting Mr. Chet Goode of 
Eugene to transport a boat 12' wide, 65' long overall, and 13' high over state 
highways from Eugene to Mapleton, and decided to grant Mr. Goode such author- 
ity provided there is sufficient vertical clearance to permit the movement 
across bridges enroute, and provided further that Mr. Goode will furnish pub- 
lic liability and property damage insurance in the customary amounts and will 
arrange for a state police escort. The Engineer was instructed to investi- 
gate the matter of clearances. " 


Messrs. Marshall E. Nauman and L. J. Cronkhite, representing the 
Fruehauf Trailer and Equipment Company, came berore the Commission with re- 
spect to operating truck and semi-trailer equipment 50' overall in length | 
over Oregon highways pending the date when the law passed by the 1941 Legis~ 
lature authorizing such movements goes into effect, The Attorney advised 
that the Commission has authority to grant such permits if it so desires. The 
Commission considered that the enactment of the law by the Legislature is in- 
dicative of the Legislature's approval of the movement of such length vehicles 
over the highways of this state and, thereupon, authorized the granting of the 


permit. 
( 


The Attorney brought up for discussion the offer of Leslie Watters 
to pay the sum of $200.00 for certain residence buildings owned by the state 
on property acquired from J. W, Morefield, at St. Helens. He recommended ac- 
ceptance of this offer without advertising the property for sale, particular- 
ly because, in his estimation, the offer is very fair, and also for the reason 
that the contract for the improvement of the Columbia River Highway, at St. 
Helens, involving this property, has already been awarded. The Commission 
approved the recommendation. 


The Commission also authorized the sale of a shack located on state- 
owned property on the ‘est Portland-Cooke Overcrossing Section of the West 
Portland-Hubbard Highway, in Clackamas County, to Mr. Glenn S. Ehle, for the 
sum of $5.00, upon advice from the Attorney that the building is of no value 
whatsoever, and that it would cost the state more to demolish it than could 


be salvaged. 


The Commission adjourned at 12:20 p, Me. and reconvened at 1:30 p.m. 
in the same room with the same persons present and participating. 


The Engineer discussed with the Commission matters pertaining to 
the granting of permity for the continuous hauling of logs over state high- 
ways. He presented for adoption by the Commission a form of resolution con- 
taining rules and regulations with respect thereto. A decision in the matter 
was deferred by the Commission until a future meeting. A copy of the resolu- 
tion was furnished each Commissioner for study in the meantime. 


"Long Creek-Fox Section of the Pendleton-John Day Highway, in 
Grant County. 9.18 miles grading, surfacing and oiling; also con- 
struction of two concrete bridges. A. Milne, Portland, submitted 
the low bid in the amount of $115,600.80 and E. C. Hall Company, 
Eugene, submitted the second-low bid in the amount of $126,318.00. 
There were two higher bidders. The Commission awards the contract 
to A. Milne at his low bid of $115,660.80. 


"Warner Summit-Camas Creek Section of the Warner Secondary 
Highway, in Lake County. 4.07 miles surfacing and oiling. No bids 
were received on this project. 


"Miner Creek-Spencer Creek Section of the Oregon Coast Highway, 
in Lincoln County. 1.17 miles grading. The low bid for this proj- 
ect was submitted by Berke Bros., Portland, at $56,303.00. The sec- 
ond-low bid was submitted by A. C. Greenwood Company, Inc., Port- 
land, at $63,065.00. There were nine higher bidders. The Commis- 
sion has referred all bids received for this project to the Engineer 
with power to award the contract to the low bidder when certain con- 
ditions have been satisfied. 


"Cow Hollow Creek-Adrian Junction Section of the Vale-Adrian 
County Road, in Malheur County. 0,25 mile grading and 6.01 miles 
surfacing and oiling; also construction of a concrete bridge. No 
bids were received for this project. 


"Placing new expansion plates on te Interstate Bridge, in 
jjultnomah County. Two bids were received for this project, the 
low one being that of Birkemeier & Saremal, Portland, at $7,770.00, 
and the other bid being that of Curtis Gardner, Portland, at 
$12,994.00. The Commission awards the contract to Birkemeier & 
Saremal at their low bid of $7,770.00. 


“Onion Flat Section of the Pacific Highway West, in Washington 
County. 0.76 mile grading and paving. Five bids were received for 
this project, the low one being that of Roy L. Houck, Salem, at 
$45,329.00, and the second-low being that of Berke Bros., Portland, 
at $45,605.50. The Commission has referred all bids received for 
this project to the Engineer with power to award the contract to 
the low bidder when certain conditions have been satisfied. 


"Reconstruction of timber approaches and timber deck to steel 
span over the Yamhill River on the Three Mile Lane Secondary High- 
way, in Yamhill County. J. F. Johnston, Newberg, submitted the low 
bid in the amount of $26,684.50, and Frank Watt Construction Company, 
Portland, submitted the second-low bid in the amount of $26,746.00. 
There were eight higher bidders, The Commission awards the contract 
to J. F. Johnston at his low bid pf $26,684.50." 


The County Court of Linn County, represented by County Judge J. Je 
Barrett and County Commissioner H. A. Renninger and County Engineer Walter 
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At 3:00 p. m. Chairman Cabell announced the following awards of 
contracts, bids for which were taken on the previous day, such awards having 
been previously approved by the Commission by unanimous votes 


"Dixie Summit Section of the John Day Highway, in Grant County. 
5.10 miles grading and 2.23 miles bituminous macadam surfacing. 
Leonard & Slate, itultnomah, submitted the low bid for this work, in 
the amount of $161,540.00. Max J. Kuney Company, Spokane, Washing- 
ton, submitted the next-low bid in the amount of $164,783.00, There 
were six higher bidders. The Commission awards this contract to the 
low bidders, Leonard & Slate, at their bid of $161,540.00. 


tyance Creek-Soda Mountain Section of the John Day~Burns Highway, 
in Grant County. 4.02 miles grading and 18,02 miles surfacing and 
oiling. Babler Bros., Portland, were the low bidders with their bid 
of $120,788.00. Norris Bros., Burlington, Washington, submitted the 
next-low bid, in the amount of $127,798.50. There were three higher 
bidders. The Commission has awarded this contract to the low bidders, 
Babler Bros., at their bid of $120,788.00. 


"Vandehey and Van Dyke Sections of Nehalem Secondary Highway, in 
Jashington County. 1.08 miles grading, surfacing, and oiling. Gales 
Creek Sand & Gravel Co., Forest Grove, were the low bidders for this 
work with their bid of $23,447.00, based on the use of tar. They did 
not submit a bid using asphalt. C. J. Eldon, Portland, was the sec~ 
ond-low bidder, with his bid of $27,776.00, based on the use of asphalt, 
and $27,741.00, using tar. There was one higher bidder. The Commis- 
sion awards this contract to the Gales Creek Sand & Gravel Company 
at their low bid of $23,447.00, using tar. 


“Taylor Creek Section of the Ochoco Highway, in Wheeler County. 
0.80 mile grading. Me. Le O'Neil & Son, Stanfield, were the low bid- 
ders for this work with their bid of $52,940.00. Leonard & Slate, 
yultnomah, were the second-low bidders with their bid of $58,130.00, 
There were nine higher bidders. The Commission awards this contract 
to the low bidders, M. L. O'Neil & Son, at their bid of $52,940.00." 


Chairman Cabell also announced the awards of the following contracts, 
bids for which were taken at the morning session, such awards having been pre- 
viously approved by the Commission by unanimous vote: 


"Clackamas Grade Separation Project on the Cascade Secondary 
Highway, in Clackamas County. Six bids were received for this proj- 
ect, the low one being that of Frank Watt Construction Company, 
Portland, in the amount of $25,954.00, and the second-low being that 
of Birkemeier & Saremal, Portland, at $26,954.00, The Commission 
awards the contract to Frank Watt Construction Company at its low i 
bid of $25,954.00. 
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The City Attorney advised that logging traffic is seriously damaging their 
city streets and the city is without funds to maintain them and believes that 
such maintenance work is an obligation of the State. The Engineer advised 
that similar situations exist in Lebanon and in Canby. He suggested the adop- 
tion of a policy by the Commission which would permit maintenance of such 
logging routes within cities by the state at state expense, the arrangements 
to be covered by written agreement between the state and the city concerned. 
He further sugested that it might be advisable for the Commission to assume 
full responsibility for maintenance of city streets, outside of Portland, 

over which general trucking operations are carried on. The Commission de- 
ferred a decision in the matter; however, indicated that the suggestions were 
well worth considering. As to the situation in Albany, the Commission in- 
structed the Engineer to inform the City Attorney that the problem is now 
being considered by the Commission, but decision cannot be reached until the 
Commission has had an opportunity to discuss it from a statewide standpoint. 
The Engineer was also instructed to investigate the condition of the old high- 
way route in Albany and to make repairs as may be necessary to the same, in 
the event investigation reveals that it is the state's obligation. 


The Engineer reported on the request of the City of Hood River for 
the rerouting of the Hood River Secondary Highway within the Hood River city 
limits, as follows: 


Beginning at the intersection of 12th Street and May Street, 
thence west a distance of one block to 13th Street, thence north 
along 13th Street to Oak Street, the present route of the Columbia 
River Highway. 


The Engineer advised that the proposed routing has been investigated and it 
was found that the adoption of the same will eliminate two right-angle turns 
in the present route, which intersects the Columbia River Highway at 9th 
Street, Furthermore the proposed route will avoid two schools and will pro- 
vide a much easier grade for traffic and is on a wider paved street that is 
improved with penetration type macadam in excellent condition. He recommended 
approval of the change. After discussion the Commission approved the recom- 
mendation and thereupon, by unanimous vote, adopted the following resolution 
in regard thereto: 


WHEREAS, the Highway Commission is authorized and directed 
whenever the route of a state highway passes through the corporate 
limits of any incorporated city or town to select and designate the 
street or streets of such city or town over which said highway shall 
be routed, and the Commission is given authority to alter or change 
such routing whenever in its opinion the interests of the motoring 
public will be better served; and 


WHEREAS, the Commission has heretofore routed the Hood 
River Secondary Highway from the point where said highway enters 
the city at or near the terminus of 12th Street over the following 
streets: 12th Street from the city limits to Eugene Street, thence 
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W. Larsen was present. They advised that the Santiam River Bridge on the spur 
road leading from the Santiam Highway to Cascadia State Park is in 4 bad state 
of repair and asked the Commission to assume jurisdiction over this bridge in 
view of the fact that the Commission has recently acquired the state park 
there and this bridge is the only means of access to the park. The Engineer 
advised that the road from the highway to the park is only about 600 ft. long, 
and gave as his thought that it should be under state control. He suggested 
the designation of the road as a state secondary highway. The Commission ap- 
proved the suggestion subject to the condition that the County Court will 
make proper application for such designation. The Engineer was instructed to 
have the bridge inspected to ascertain just what is needed to put it in proper 
condition, 


tg She Bae ee Eee. Se eS, 


Judge Barrett then r not the Commission intends 
to spend any money thi to-market roads. He 
was informed that due 
funds available to the Co 
buted to the counties of t it has not been 
possible to allocate any of them this year to and the best the 
Commission can do is to consider Linn County's needs in 
next allotment of such funds. Judge Barrett advised that the County's first 
choice for improvements under this program is the Albany-Brownsville Road. 
The Commission agreed to bear this project in mind and to ascertain whether 
or not it is eligible for the funds under discussion. 


Sa PS SPLIOG I 2 me CAG 


Improvement of the Shady Hill Section of the Santiam Highway was 
also discussed briefly and the County Court was informed of the Commission's 


plans in regard thereto. 


Judge Barrett asked the Commission to grant a Mr. Ford Harvey per- 
mission to transport piling 42' long over the South Santiam Highway, which 
piling is to be used in county bridge construction, He said the overall 
length of the piling and equipment would not exceed 60', and that there would 
be only a few loads. The Commission authorized the granting of the permit. 


Mr. Roman Kintz and his Attorney, Fred Willians, Salem, came before 
the Commission in regard to the renewal of Mr, Kintz' lease of state-owned 
property at the entrance to Silver Creek Falls State Park, Mr. Williams ex- 
plained that Mr. Kintz has a five-year lease on this property from the previ- 
ous owner, Which lease expires in June, 1941, and that he would like to have 
this privilege renewed by the state for another five-year period. He also 
explained that Mr. Kintz conducts a soft drink and lunch business on the prem 
jses and that the Marion County Court has declared that such business is 4 
public necessity and convenience. The Commission. deferred a decision in the 
matter pending consultation with the State Parks Superintendent and the formu- 
lation of a policy with respect to the sale of a concession in this state 
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The Commission discussed a letter from the City Attorney of Albany 
relative to state maintenance of city streets over which logs are transported, 
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inspection of the premises and it is their recommendation that the applica- 
tion be denied because the existence of the poles and telephone facilities 

on the ocean side of the highway will interfere with the scenic view, and 

for the further reason that it is possible for the company to arrange for 

the joint use of poles with either the Mountain States Power Company, on 

the easterly side of the highway, or with the Western Union Telegraph Company, 
which now maintains a pole line on the Southern Pacific Railroad right of way. 
In the event that such arrangements could not be effected, the Telephone Com- 
pany could install an inexpensive underground cable on the westerly side of 
the highway for the limited service required in the Brighton area. After 
discussion, the Commission decided not to grant the permit, and ordered the 
removal of the telephone poles already installed on the westerly side of the 
highway that are not now covered by permit from the State Highway Department. 


A letter was presented from. Mr. Howard Merriam, President, Oregon 
Pacific Highway Association, suggesting, in view of the fact that the 1941 
Legislature voted down a bill which provided that a portion of the highway 
funds should be set aside for the improvement of city streets, that it might 
be advisable for the Commission to investigate the matter of maintenance of 
city streets other than state highway routes. The Commission approved the 
suggestion, and authorized the Engineer to make such investigation and to 
hire a special man for this work, if necessary. 


Mr. Gordon H. Smith, Umatilla, Oregon, was present in regard to 
settlement for right of way needed for the Boardman-Stanfield Highway, near 
Stanfield. Mr. Smith stated that he has been offered $800.00 for his prop- 
erty, but he is not inclined to settle on such basis because the construc- 
tion of the highway in the proposed location will render valueless from a 
hunting standpoint a certain duck lake that he owns and from which he derives 
considerable annual income in rentals, He said that he acquired this prop- 
erty principally on account of the duck lake, which he considers more valuable 
than the adjacent land. He asked the Commission to pay him the sum of $1,600, 
which is the amount of the Federal Land Bank's mortgage against the property, 
and $1,000 as damages for the loss of his income from the duck lake, or, he 
said, he would accept the sum of $4,000 for his entire holdings consisting of 
about 160 acres. The matter was discussed at considerable length but no deci- 
sion was reached, the Commission desiring to give the matter further study. 


The Engineer reported that the State of Idaho would like to have 
two roads in the State of Oregon placed on the Federal Secondary Highway 
System so they can be improved with federal funds to a standard comparable 
with connecting roads in the State of Idaho, He advised that the roads in 
question are in Malheur County, but are located on the east side of the Snake 
River, the Idaho-Oregon boundary line being east of the Snake River at this 
particular point, The Commission deferred action on this matter; however, 
instructed the Engineer to inform the Idaho authorities that the Commission 
will give the matter consideration. 


The Attorney brought up for discussion the matter of granting right 
of access to the Wolf Creek Highway, He read aloud the provisions of a form 
of resolution prepared with respect thereto. After discussion, the Commission 
by unanimous vote adopted said resolution, as follows: 
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and 


over Eugene Street to 9th Street, thence over 9th Street to Oak 
Street; and 


WHEREAS, the municipal authorities of the City of Hood 
River have requested that said routing be changed so that the 
streets selected shall be 12th Street to May Street, thence over 
a Street to 13th Street, thence over 13th Street to Oak Street; 


WHEREAS, it is the judgment and opinion of the Commission 
that the request and application of the municipal authorities of 
Hood River can be granted without in any way interfering with the 
interests of the motoring public; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
Commission, all members being present and affirmatively voting, as 
follows: 


1. That Hood River Secondary Highway from the point where 
said highway enters the city limits of Hood River shall be routed 
over the following streets: 12th Street from the city boundary to 
day Street, May Street to 13th Street, and 13th Street to Oak Street. 


2. That from and after the adoption of this resolution 
the following streets shall no longer be deemed a part of the route 
of the Hood River Secondary Highway within the corporate limits of 
the City of Hood River, to wit: 12th Street from May Street to 
Eugene Street, Eugene Street from 12th Street to 9th Street and 9th 
Street from Eugene Street to Oak Street, and that said last named 
streets, or sections thereof, shall no longer be a part of the route 
of said Hood River Secondary Highway but said streets, or sections 
thereof, shall be and hereby are released and surrendered back to 
the jurisdiction of the municipal authorities of the City of Hood 


River. 


3. That the Engineer be instructed to erect the necessary 
and appropriate signs along said newly designated route so that the 
traveling public may be properly advised with respect to said route. 


4. That this resolution be entered in the minutes and rec- 
ords of the Commission and a duly certified copy thereof delivered to 
the municipal authorities of the City of Hood River and a duly certi- 
fied copy thereof delivered to the Public Roads Administration. 


The Engineer reported on the application of the Nehalem Telegraph 
Telephone Company to construct a telephone pole line along the west side 


of the Oregon Coast Highway in the vicinity of Brighton. He said that Divi- 
sion Engineer F. D. Eason and Landscape Engineer George Otten made a careful 
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NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the Commission, 
all members being present and affirmatively voting, as follows: 


1. The Commission does hereby find and declare that with respect to 
the portion of the Wolf Creek Highway lying between the Barnes Road and the 
Wilson River Highway junction the minimum width of right of way procured shall 
be two hundred feet with such additional widths as may be necessary to provide 
for cuts, fills and other highway purposes, and that the section of said Wolf 
Creek Highway from its junction with the Wilson River Highway to the westerly 
terminus thereof shall have a minimum right of way width of not less than one 
hundred feet, plus such additional widths as may be necessary to provide for 
cuts, fills, borrow and other highway purposes. 


2. The Commission does further find and declare that said estab- 
lished minimum widths of rights of way shall prevail throughout the entire 
length of said highway except at such places where the Commission may by order 
approve ami establish a lesser width. 


3. The Commission does further find and declare that the existing 
and potential volume of traffic which will use said highway and the purposes 
for which said highway will be used when completed make necessary the acquisi- 
tion of a right of way of such width throughout the entire length of the same 
and make necessary also certain additional widths at appropriate places for 
borrow, for embankment and for slope surposes, 


4. The Commission does further find and declare that, in order to 
make available to the traveling public the maximum degree of safety, conveni- 
ence and accommodation arid in order to make possible proper and adequate land- 
scaping and roadside development, it is necessary that there be acquired,along 
with title in fee simple to the real properties needed for right of way pur- 
poses, all rights of aceess from abutting properties to said highway so that 
the Commission may for the convenience, safety and accommodation of the trav- 
eling public control the points of access from abutting properties to said 
highway and the points at which traffic may leave said highway to reach abut- 
ting properties or to reach connecting roads. 


5, The Commission does further find and declare that for the pur- 
poses herein stated the acquisition of title in fee simple to the real prop- 
erties required in connection with the location and construction of said high- 
way and the acquisition of all rights of access from abutting properties to 
the properties acquired for right of way purposes is necessary for the proper 
construction, maintenance and use of said highway, for the control of access 
thereto, and for proper and appropriate landscaping and roadside development. 


6, The Commission does hereby order and direct the Engineer to 
properly survey, locate and mark upon the ground by permanent monuments the 
limits and boundaries of said right of way and the limits and boundaries of 
real properties necessary for the purposes announced and declared in this 
resolution, and said Engineer is further authorized and instructed to prepare 
appropriate and correct descriptions of all of the real properties needed for 
the purposes herein set forth and to furnish the Commission's Chief Counsel 
with correct copies thereof. 


_ 


or nt oem 
as ee Ss 


ki a 
ps 6 ne ee : 


BE Ae 4h >> Seventh 
: 


te 


Fen on Ste Be 
Seana se 


1 
is 
E 
| 
| 
| 
q 


See he ee ee ra ee ee 


WHEREAS, there has heretofore been definitely located and estab- 
lished a route over which to construct and thereafter maintain a state highway, 
which highway has been designated as State Highway No. 47, and is otherwise 
known as the Wolf Creek Highway, the western terminus of which is at the inter- 
section of said highway with the Oregon Coast Highway at Cannon Beach Junction, 
and the eastern terminus of which is at the intersection of said highway with 
the Pacific Highway West at Fourth Avenue and Jefferson Street in Portland, 
Oregon; and 


WHEREAS, the section of said highway extending from Cannon Beach 
Junction to Sunset Camp has been constructed and is now in general use, and 
the section of said highway extending from Sunset Camp to the eastern termi- 
nus of said highway at Portland is now under consideration for construction 
in the immediate future, and therefore necessary rights of way for the same 
must be acquired at the earliest possible date; and 


WHEREAS, it is the judgmer‘, of the Commission that the type, char- 
acter and volume of traffic which w.11 use said highway when completed warrant 
and make necessary the acquisition of a wide right of way and make advisable 
and necessary as well the acquisition not only of title in fee simple to the 
real property needed for right of way purposes but the acquisition of all 
rights of access from abutting properties to said highway so that the Commis- 
sion may control the points at which traffic may leave said highway and the 
points at which traffic may enter said highway; and 


WHEREAS, in order to provide sufficient land for the proper and 
adequate construction and maintenance of said highway and for appropriate and 
proper landscape and roadside development it is necessary that with respect 
to a portion of said highway the right of way shall be not less than two hun- 
dred feet in width and over other portions of said highway the right of way 
shall be not less than one hundred feet in width,with in each instance neces~ 
sary additional widths for embankment and cut slopes and other highway pur- 
poses; and 


WHEREAS, the estimated cost of the construction of said highway, in- 
cluding rights of way, is $9,500,000,00, and, therefore, because of the large 
amount of motorists! money which will be invested in said highway, it is the 
judgment of the Commission that a right of way of the widths hereinafter fixed 
should be acquired for the construction and maintenance thereover of said Wolf 
Creek Highway and that there should be acquired also all rights of access 
thereto; and 


WHEREAS, one of the main purposes governing the location and construc- 
tion of said highway is to make available to the motoring public 4 fast, safe, 
convenient and practicable short route from valley points to ocean beaches, 
unless public authorities having jurisdiction over said highway can control ac~- 
cess to and from the same, a large portion of the value of the highway will be 
destroyed by the construction, maintenance and operation of all sorts of small 
commercial activities of various types and designs on abutting properties, thus 
resulting in a destruction of the beauty and value of said highway. 


Del Rogue tract at Grants Pass:- The Parks Superintendent ad- 
vised that when the Pacific Highway was reconstructed south of 
Grants Pass the county donated to the state for park purposes a 
certain tract situate about four miles south of the city, which 
tract has not yet been developed, The county, he said, would like 
to develop this property, and has asked that it be deeded back to 
the county for park purposes. The Commission approved the request 
subject to the condition that the property be held for general 
public use. 


N.¥.A. Camp on Camas Mountain, in Douglas County:- The Parks 
Superintendent advised that the Forestry Department at Oregon State 
College is sponsoring a National Youth Administration project and 
would like to institute such a project in the state park on Camas 
Lountain adjacent to the Coos Bay-Roseburg Highway. He said that 
they will establish their own camp and do everything in connection 
with it; furthermore, the development work that is done will be in 
conformance with the state's plans for this park. The state's sole 
obligation, he said, would be to furnish certain materials costing 
about $150.00. He recommended approval of the project. The Com- 
mission approved the recommendation as a trial proposition. 


Addition to the State Park at The Cove, in Jefferson County3- 

The Parks Superintendent recommended the purchase of a 40-acre 
tract from the Pacific Power and Light Company, for which the own- 
ers are asking $3.75 per acre, which is 75 cents more per acre than 
the Commission has authorized for payment of land at this location. 
The Commission approved the purchase and referred the matter to the 
Attorney to negotiate with the Power Company on the basis of paying 
not in excess of $3.00 per acre for this land, 


Purchase of the ifead-Gantenbien property adjacent to the Upper 
Columbia River Highway, near Shell Rock Mountain, in Hood River 
County:- The Parks Superintendent advised that, as previously in- 
structed by the Commission, he has investigated this property and 
finds that it will fit in very nicely in the state park program; 
that the tract contains ninety-three acres lying between the Bonne- 
ville Power Administration right of way and the Columbia River, ex- 
clusive of the railroad right of way, and is owned by four differ- 
ent people. It was his thought that the purchase of the tract 
would be quite costly. After discussion the Commission decided 
not to purchase the tract at this time; however, agreed to recon- 
sider the matter later when an additional appropriation is made for 
the purchase of land for parks. 


Timbered wayside strips along the Tiller-Trail Secondary High- 
way:- The Parks Superintendent reported receipt of a letter recom 
mending that the state purchase strips along this highway so as to 
prevent the removal of timber standing thereon, it being pointed 
out that extensive logging operations are now under way in this 
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7, The Commission does further order and direct its Chief Counsel to 
negotiate with the owners of the several parcels of real property required for 
the »urposes herein set forth and to take appropriate options or offers for 
which such real properties ean be purchased,togetrer with all rights of access 
thereto, and to submit such options or offers to the Commission for approval. 


The State Parks Superintendent was present and reported on the follow- 
ing matters: 


Acquisition of property to protect the Rogue River bridgeheads at 
Gold Beach:- He estimated that it would cost about $16,000 to purchase 
the necessary property, which is owned by Collier H. Buffington, Lawyer, 
Gold Beach, and gave as his thought that the expenditure is not justified. 
The Commission decided not to buy this property. 


Use of federal aid funds to finance acquisition of wayside strips:- 
Mir. Boardman inquired as to whether or not the rules and regulations have 
as yet been received for the use of federal funds for purchases of this 
kind. He was informed by W. H. Lynch, District Engineer, Public Roads Ad 
ministration, that the rules have not yet been received, 


Superintendent Boardman then requested instructions relative to the 
purchase of timber strips along the Salmon River Highway from the Miami Corpor- 
ation, involving an expenditure of $23,800. He recalled that the Commission 
previously agreed to use state funds for this purpose if it were impossible to 
secure the federal funds within a reasonable length of time. The Commission con- 
firmed such action provided an extension of time to complete the purchase, using 
federal funds, will not be granted by the Miami Corporation, The Attorney was 
instructed to assure the Miami Corporation, by letter, that the Highway Commis- 
sion will purchase these wayside strips, using state funds, if approval of the 
expenditure of federal funds for this purpose cannot be obtained. 


Concession at Silver Falls State Park:~ The Parks Superintendent 
recommended denial of the request of Mr. Roman Kintz for the renewal 
of his lease of state property at the entrance to the South Falls, be- 
cause, he said, the business conducted by Mr. Kintz is principally 
the sale of beer, which detracts from the park. H e pointed out that 
the concession house that is now being constructed in the park will be 
completed about June lst, and gave as his thought that the public 
could be served by a concession in this building very satisfactorily. 
He recommended the advertising for bids for the purchase of this con~ 
cession, and that it be awarded to the highest bidder therefor, The 
Commission deferred action on the matter pending inspection of the park. 


In this connection the Parks Superintendent suggested that it 
would be appropriate to install in this park two bronze plaques, one 
honoring the C.C.C. veterans who constructed the building, and the 
other honoring Mr. Elmer Bankus of Brookings, who donated the myrtle- 
wood from which the furniture in the buildings was constructed. Ac- 
tion on this matter was also deferred by the Commission pending adop- 
tion of a policy with respect thereto. 


Agreement with Sunset Logging Company granting the Com- 
pany an easement for the construction, operation, and maintenance 
of a truck logging road over and upon state-owned property de- 
scribed as the north one-half (Nj) of the southwest quarter (S\2) 
of Section 2, Township 3 North, Range 6 West, W. li., Tillamook 
County. 


There being no further business to come before the Commission at 
this time the meeting was adjourned at 5:15 p, m. 


Cs Highway Engineer 
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Portland, Oregon, May 8, 194) 


The State Highway Commission met in regular session at 9:00 a. m. 
in the auditorium of the Public Service Building. Present were: 


Huron W. Clough, Acting Chairman 
Herman Oliver, Commissioner 

R. H. Baldock, State Highway Engineer 
H. B. Glaisyer, Secretary 


Chairman Cabell was absent due to attendance at the special committee meeting 
of the American Association of State Highway Officials in Chicago, Illinois. 


Bids, as follows, for highway construction work, and for the sale of 
buildings at Glenwood, were opened and read in conformance with previously 
published notice, following which Commissioner Clough announced that the 
award of contracts would be made at 3:00 p. m. in the same room: 


vicinity and it will not be long before the timber along the highway 

is cut. The Commission deferred action on the matter pending in- 

ee of the premises by Commissioner Clough and the Parks Super- 
tendent. 


Warrior Rock at St. Helens:- The Parks Superintendent request- 
ed instructions relative to the acquisition of an island known as 
"Warrior Rock", located in the Columbia River opposite the town of 
St. Helens, containing 1} acres. The Commission decided not to ac- 
quire this tract. 


Cooperation with Lincoln County in the purchase of the Spruce 
Production Railroad right of way:- The Parks Superintendent advised 
that Lincoln County is acquiring a considerable portion of the old 
Spruce Production Railroad's right of way, for which the county is 
paying $500.00, and the county feels that the state should contri- 
bute 3100.00 toward the expense, in view of the fact that a portion 
of the right of way lies within the boundaries of a 40-acre tract 
that the county deeded the state free of cost as a wood lot. He 
gave as his thought that it is only fair that the state should pay 
a share of the expense involved. The Commission instructed the 
Parks Superintendent to discuss the matter with County Judge Gilkey. 
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C.C.C. Camp operations:— The Parks Superintendent reported 
that only two C.C.C.camps: have been allotted to the State of Oregon 
for the coming summer, being those at Short Sand Beach and at Sil- 
ver Creek Falls. The Commission took no action on this matter. 


eae 


The Commission considered and signed agreements, et cetera, as 
follows: 


Agreement with United States Bureau of Reclamation pro- 
viding for an irrigation canal encroachment across the Old Oregon 


Trail, in Umatilla County. 


PRPS aoe laid elle me PTA 


Agreement with Bonneville Power Administration covering 
power line construction on the Pendleton-Cold Springs Highway, in 
Umatilla County. 


Agreement with Bonneville Power Administration coverirg 
location of transmission power pole line on the Columbia River 
Highway, in ujultnomah County. 


Agreement with the Northern Pacific Railway Company for 
slope encroachment on the Lower Columbia River Highway, at St. 
Helens. 


ALSEA HIGHWAY 
ROCK CREEK-BENTON COUNTY LINE SECTION 
GRADING, SURFACING AND BITUMINOUS MACADAM 


SANTIAM HIGHWAY 
CANYON CREEK-BRYANT HILL SECTION 
GRADING, SURFACING AND BITUMINOUS MACADAM 


Using Asphalt Us Tar 
Leonard & Slate - - 


$150,375.00 


$136,542.50 

E. C. Hall Co. 149 , 761.00 
VALE-WEST SECONDARY HIGHWAY 

BULLY CREEK-VALE SECTION - GRADING, SURFACING & OILING 


Chester T. Lackey 
Triangle Construction Co. 
Tony Marrazzo 


39 5992.00 
40,353.10 


VALE-ADRIAN COUNTY ROAD 
COt! HOLLOW CREEK-ADRIAN JUNCTION SECTION 
GRADING, SURFACING, OILING & BRIDGE 


Tony Marrazzo 
Triangle Construction Co. 
Chester T. Lackey 


$28,918.50 
31,112.00 
32,353.50 


COMBINATION BIDS ON THE BULLY CREEK-VALE SECTION 
AND THE COW HOLLOW CREEK-ADRIAN SECTION 


Cow Hollow Creek- 
Adrian Section 


$28,918.50 


32,353.50 
31,112.00 


Bully Creek- 
Vale Section 
$40,353.10 
37,352.60 
39,992.00 


Total 
$69,271.60 
69,706.10 
TL, 104.00 


Tony Marrazo 
Chester T. Lackey 
Triangle Construction Co. 


PACIFIC HIGHWAY WEST 
HAWTHORNE BRIDGE IN PORTLAND 
RECONSTRUCT APPROACHES 


Lindstrom Bros. 
George H, Buckler Co. 
Birkemeier & Saremal 


$31,120.00 
35,054.00 
36, 750.00 
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CORVALLIS-EASTSIDE HIGHWAY 
WILLAMETTE RIVER BRIDGE AT CORVALLIS - PLACING 
PIER PROTECTION 


Babler Bros. $7,025.00 
J. F. Johnston 7,150.00 
C. J. Eldon 7,250.00 
LeRoy D. Mason 8,000.00 
Harry I. Hamilton 12,750.00 


CASCADE SECONDARY HIGHWAY 
CLACKAMAS OVERCROSSING SECTION - GRADING, PAVING & TWO BRIDGES 


Roy Le Houck $97,016.00 
Edlefsen-Weygandt Co. 102,949.50 
A. C. Greenwood Co,, Ine. 

Porter WwW. Yett 

E. L. Gates 

McMutt Bros. 

Frank Penepacker 119,205.70 


HOOD RIVER SECONDARY HIGHWAY 
DEE-WOODWORTH ACRES SECTION - GRADING, SURFACING AND OILING 


No bids reeeived - Project ordered readvertised 


PACIFIC HIGHIVAY 
JOSEPHINE COUNTY LINE-CENTRAL POINT SECTION 
PAVEMENT WIDENING AND NONSKID OILING 


J. C. Compton $18,863.20 
Norris Bros, 19,064.45 
Babler Bros. 22,008,00 


CITY OF KLAMATH FALLS 
INSTALLATION OF TRAFFIC SIGNAL SYSTEM 


Dimitre Electric Co. $15,474.00 
Trowbridge & Flynn Electric Co. 15,703.00 
Bosler Electric Co. 15,999.00 
East Side Electric Co. 16,487.00 
Mark Smith & Co. 18,442.50 
Tinling & Powell 18,520.00 
Clifford A. Bunn 20,469.00 


“Irregular Bid 


was spokesman, He alleged that the present pavement is too narrow for the 
large volume of traffic that uses this road and that the improvement is very 
important to the City of Corvallis, because the district through which the 
road extends is building up rapidly. The Engineer advised that to improve 
this highway to proper standards on the present 60-foot right of way would 
cost about 30,000. He recommended the improvement as desirable, feasible, 
and economical, and that it be constructed as soon as funds are available. 

He questioned whether it would be possible to place the work under contract 
before 1942, although, in his estimation, it is a priority project and should 
be done this year if it can be financed, The Commission indicated a favorable 
attitude with respect to the project, but deferred definite action until its 
meeting on May 22, when Chairman Cabell will be present. 


Mayor Hand also asked for the widening of the highway on Third 

Street, south from Adams Street to the Mary's River Bridge. He said that 
this street is quite wide north of Adams Street, but narrows down at Adams 
Street, producing a bottleneck condition. He urged the Commission to do the 
widening work as soon as possible and declared it to be the city's second 
priority choice of projects. The Engineer was instructed by the Commission 
to make a survey of the project and work up the plans for the same. He was 
also instructed to investigate the possibilities of ordering the parking of 
cars on only one side of the street, which might solve the city's problem as 
a temporary expedient. , 


The County Court of Tillamook County, represented by County Judge 
Harland M. Woods and County Commissioners E, H. Lindsey and E. G. Anderson, 
and County Engineer Stanley Coates, was present with respect to the Trask 
River Bridge approaches on the Fairview-Clements Corner County Road, The En- 
gineer advised that it is proposed to reconstruct a section of this road as a 
federal aid secondary highway project, and that the plans for the project 
call for the replacement of a portion of the bridge approaches with a fill, 
which would necessitate the raising of the grade and probably the balance of 
the approeches, which are in bad condition. He further stated that no provi- 
sion has been made in the budget for the reconstruction of the approaches; 
hence it would not be possible to use federal funds to finance the work, so, 
in view of the fact that this is a county road, the expense would have to be 
paid by the county, He estimated the cost at 36,000, and suggested that the 
state advance the necessary funds provided the county will reimburse the 
state later on by assigning a portion of its share of tle state gasoline tax 
funds. Judge Woods advised that it would not be possible for the county to 
pay for the work this year, After discussion, the Commission agreed to in- 
clude the approach work in the contract for construction of the balance of 
the road and to advance the funds to pay the cost thereof, if the county will 
reimburse the state in 1942 by assignment of its share of the gasoline tax 
funds, $3,000 to be paid in June, 1942, and the balance to be paid when the 
Secretary of State makes the final distribution of such funds. The Commis- 
sion ordered the matter covered by appropriate agreement and authorized the 
Engineer to advertise the project for bids to be received at the June meeting 
of the Commission. 


WOLF CREEK AND NEHALEM HIGHWAYS 
SUNSET CAMP-DAVIES SECTION 
SURFACING, BITUMINOUS MACADAM AND OZLING 


Babler Bros. 
Norris Bros, 129,679,00 
E. C, Hall Co. 133 ,038,00 
C. J. Eldon 155,206.00 


J. C. Compton 166, 283,00 


SALE OF BUILDINGS AT GLENWOOD 


Building No. 8659 (former owner irs. ifildred Bartell Davis) 


Tarl Bateman $204.00 
Elmer E. Lyda 50.00 


Building No. 8671 (former owner Ym. F. Van Loo) 


Tlmer E. Lyda $210,00 
Cc. S. Bateman 178,00 
Earl Bateman 160.00 


Mr. Don Peoples, Secretary of the Bend Chamber of Commerce, was 
present and inquired when the Commission contemplates inspecting the Warn 
Springs Highway. He was informed that a date has not as yet been set for 
such inspection, but that he will be advised when it is set. 


Mr. Paul B. Rynning, County Engineer of Jackson County, was present 
representing the Jackson County Court, He asked the Commission to widen and 
straighten the Crater Lake Highway, between Prospect and Trail, and to elim- 
inate the curve at a place known as Agate Station. The Engineer advised that 
to widen the curves between Prospeot and Trail would cost about $30,000, He 
recomended the budgeting of such amount for this purpose, together with ad- 
ditional sums for widening sharp curves at other points on Ahis highway, and 
that the work be contracted this aoming full and, in the meantime, that the 
present road be maintained as well as possible under the existing conditions. 
The Commission approved the recomnendation. 


The Commission instructed the Engineer to investigate the curve 
mentioned by Mr. Rynning at Agate Station to asgertain what is necessary to 
improve the conditions at this point, the idea being that the Commission would 
authorize the work if it is not too costly. 


A delegation from Corvallis, representing the City Council, and con- 
sisting of Mayor H. W, Hand; Ralph P. Schindler, City Recorder; Mr. Beck, Park 
Superintendent; C. L. Willey, City Engineer, was present in regard to the im- 4 
provement of North 9th Street (route of the Pacific Highway West). Mayor Hand 
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The Engineer reported briefly the results of investigation made by 
Traffic Engineer John Beakey and Division Engineer K, D. Lytle of conditions 
at the intersection of the Pacific Highway and the Redwood Highway at Grants 
Pass concerning which a delegation, representing the Redwood Empire Associa- 
tion, is to appear before the Commission during the afternoon session. He 
said that Messrs. Beakey and Lytle met with members of the Redwood Empire 
Association at Grants Pass, and discussed thoroughly the matters complained 
of, and it is their recommendation that no change whatsoever be made in the 
highway as constructed, although they do recommend the installation of larger 
signs and better lights, as an accommodation to the traveling public. He said 
that he concurred in this recommendation. The Commission approved the recom- 
mendation and decided to discuss the matter with the delegation from that 
standpoint. 


The Engineer reported that in connection with the Vollmer Creek 
line change, on the Wolf Creek Highway, in Clatsop County, it has been found 
that the present state highway is occupying certain land that is under lease 
to the City of Seaside for maintenance of the city's water pipe line, and 
that the city is insisting that the pipe line be re-established so as to avoid 
crossing the same with the highway. It was thought at first, he said, that 
the highway right of way easement was of longer standing than the pipe-line 
easement; however, a study of the facts reveals that assumption to be in er- 
ror, and it is evident that the city has prior rights and is in a position to 
dictate a settlement. He further stated that after a conference with Aldemam 
Gray and Waterhouse, and City Attorney Irving C. Allen, of Seaside, it was 
agreed that the state would reconstruct the pipe line in the location desired 
by the city, and that the city would contribute the sum of $500 toward the 
cost thereof, which is estimated at $2,500. He pointed out that the cost to 
the state would really be only about $700, because it would eliminate the 
necessity for the installation of 200 lineal feet of 42" half-round culvert, 
estimated to cost $1,000, and extra right of way costing about $300. The 
Commission considered this a good settlement, and thereupon approved the same. 


The Engineer reported on the cost to surface Main Street (state 
highway route), in the town of Nyssa, Malheur County, full width between 
curbs, as has been requested by the City Council. He estimated that a B2 
bituminous macadam surfacing would cost about $31,500, and concrete pavement 
about 345,000, both amounts including the cost of installing a storm sewer 
along this street, as has also been requested, He recommended construction 
of the concrete pavement, notwithstanding the extra cost involved, because it 
is through the business section of the town and would be much easier and less 
costly to maintain, He also recommended approve: of the storm sewer construc- 
tion, because investigation reveals that the Comnission, during recent years, 
has approved such type of work in numerous localities throughout the state, 
He submitted a list of the towns in which the Commission has paid for this 
type of sewer construction. After discussion, the Commission approved the 
Engineer's recommendation unanimously, and agreed to do the work when there 
are funds available to finance it. It was decided to so inform the delega- 
tion from Nyssa, which is to appear before the Commission at this meeting. 
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The County Court then inquired as to the possibilities of opening 
the Wilson River Highway to traffic throughout its entire length between Tilla- 
mook and Glenwood at an early date. The Engineer recommended against such 
proposal because it would interfere with construction operations, and saic it 
is hoped that the highway can be opened by September 15. The Commission ap- 
proved the recommendation; however, informed the County Court that traffic 
would be allowed to use the highway before that time if at all possible. 


Commissioner Lindsey also brought up for discussion the matter of 
reconstruction of the twelve-mile section between Glenwood and Banks, where 
it connects with the Yolf Creek Highway, and was informed that the Commission 
considers it inadvisable to construct such section before the main highway 
between Banks and Portland has been completed and a study of traffic condi- 
tions has been made. 


Mr. W. A. Lovelace, member of the Port of Umpqua Commission, was 
present in regard to the storage of logs in the Umpqua River at the south end 
of the Umpqua River Bridge, at Reedsport. He was accompanied by Messrs. C. A. 
Manschreck and Lawrence Lindquist, of Seattle, who are negotiating for the 
lease of some of the Port's property on the upstream side of the bridge and 
between the main channel of the Umpqua River and LiacIntosh Slough, on which 
to conduct a sawmill business, Mr. Lovelace explained that the operators pro- 
pose to store logs in MacIntosh Slough, and also in the river below the high- 
way bridge, which are the only convenient places available, and in order to 
get the logs to the mill they will have to be pushed under the bridge through { 
an opening between piers, Also, that it is proposed to cut the logs into 
shorter lengths and to store them temporarily in the river under the bridge 
and opposite the sammill, for use as occasion demands. He asked the Commis- 
sion to approve such arrangement, The Engineer advised that this matter was | 
investigated on the ground by engineers of the Bridge Department and the 
Maintenance Department, who offer no objection to the use of the state's prop- | 
erty for this purpose, provided the operators would assume all the responsi- | 
bility for damage that might occur to the state's property, including the 
bridge. He recommended approval of the request, subject to the condition 
that the sawmill operators protect the bridge piers by the installation of 
fender piles as may be required, and that they furnish the state with a sure- 
ty bond in the amount of $1,000, as a guarantee for the repair of damage that 
may occur, and that the operators pay to the state a rental charge of $100 
per year for the first five years of operation, and 350 per year thereafter 
for the use of the state's property. Mr. Lovelace assured the Commission that 
the Port of Umpqua Commission would assume the responsibility for any damage 
that might be done to the bridge. After discussion the Commission approved 
the granting of the permit as outlined by the Engineer, provided, in the opin- 
ion of the Engineer and the Attorney after further study, there is no objec- 
tion from the state's standpoint, The Commission ordered the matter covered 
by written agreement, which is to be signed by the operators and then present- 
ed to the Commission for execution. The Engineer was thereupon instructed by 
the Commission to prepare plans as may be necessary to show what has to be 
done to protect the state's property. 
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submitted for inspection and verification of this statement. Regrets were 
expressed by the Commission that the bid could not be considered, 


A delegation representing the Redwood Empire Association, and head- 
ed by Mr. C. H. Demaray of Grants Pass, President, was present and requested 
certain revisions in the Redwood Highway at its intersection with the Pacific 
Highway at Grants Pass, Others in the delegation were li. Pete Fredrickson , 
County Commissioner of Josephine County, Oregon; Earl Smith, Chas. Cooley, 

A. J. Drews, Louis Hammer, Wm. A. Brown, and Wilford Allen, Jr., all of Grants 
Pass; A, R. Trombley, Portland, representing the Portland Chamber of Commerce; 
Art Luce, President, Cave City Chamber of Commerce; Clyde Edmondson, Manager 
of the Redwood Empire Association, San Francisco; and the following supervis- 
ors of the Assoeiation from California; Dewey Mean, John McGowan, Alfred 
Roneovieri, of San Francisco; Duane Bittenbender and Walter Severance, of 
Mendicino County. Mr. Demaray introduced County Commissioner Fredrickson, 
who presented the opening remarks on behalf of the delegation and introduced 
the speakers. The following improvements were requested: 


Removal of the traffic island at the apex of the intersection 


Filling in of the dip on the Redwood Highway leg, and paving 
this section full 22-ft, width with cement concrete pavement 


Paint traffic stripe on center of the Redwood Highway leg, so 
as to make this section comparable in all respects to the Pacific 
Highway leg, and to provide two-way traffic 


Transfer traffic signs from the present location in apex is- 
land to the next adjoining island, and install two new, large re- 
flectorized directional markers on each side of said sign, one 
pointing right and bearing the words "Redwood Empire", and the 
other pointing left and bearing the words "Shasta Cascade" 


Change the wording on the existing sign, as follows: Elin 
inate the name "Kerby" and substitute "San Francisco, 461 Miles" 


They also asked that the following wording be added to the large 
sign now being maintained on the Pacific Highway at Goshen: 


On the left side of the sign add "Crater Lake, Shasta Cas- 
cade", with an arrow pointing to the left, and on the right side 
of the sign add "Redwood Empire, Shasta Cascade", with an arrow 
pointing to the right. 


Speaking on behalf of the proposed improvements were Messrs. Demaray, Fred- 
rickson, Edmondson, Smith, Cooley, Alien, Hammer, Trombley, Roncovieri, Mead, 
McGowan, Bittenbender, Luce, and Brown. ir. Edmondson filed with the Commis- 
sion a brief in support of their oral arguments, together with photographs and 
map. Mr, Smith filed a petition signed by numerous residents of Grants Pass 
and vicinity urging such improvements. 
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The Engineer submitted a status report on the matter of securing 
relief from the payment of the $1.00 fee that the National Park Service charg- 
es the motoring public for the privilege of passing through Crater Lake Na- 
tional Park, on the Crater Lake Highway, when the lake is not visited. He 
said that he wrote the Superintendent of the park, Mr. E. P. Leavitt, concern- 
ing this matter, and outlined to Mr. Leavitt the proposition authorized by the 
Commission at the previous meeting, and that reply has been received from ifr. 
Leavitt to the effect that he is submitting the matter to the National Park 
ne Hl in Washington, D. C. for instructions. The Commission approved the 
report. 


A request from the General Grocery Company, Portland, for the oil- 
ing or paving of the shoulders adjacent to The Dalles-California Highway, in 
front of its wholesale grocery building in Bend, had the attention of the 
Commission. The Engineer advised that investigation reveals that the build- 
ing is in a district that was not built up when the highway was first con- 
structed, and consisted simply of vacant lots; however, since that time, con- 
siderable development has taken place, and the district is now built up with 
warehouses and tourist camps, so it really needs a full width pavement. To 
oil or pave the area in front of the General Grocery Company property, he | 
said, would not be very costly in itself, however, if such work were under- | 
taken, it would invite requests from the other property owners, which in fair- 
ness could not be denied, so the ultimate expense would be a considerable sum. 

He recommended that the company's request be denied as a matter of policy, un- 
te] euch time as the Commission is financially able to undertake the entire { 
project. The Commission approved the recommendation. 


The Engineer reported the cost to oil private driveways and road 
approaches to the Pacific Highway and the Old Oregon Trail. He estimated the 
cost to oil such roadways alo:g the Pacific Highway at $121,747, and along 
the Old Oregon Trail at 955,208. He recommended approval of such oiling work 
on all state highways as funds are available to pay the costs involved, and 
when the state's oiling crews are available to do the work. He also recom- 
mended that hereafter, when contracts are awarded for oiling work, the oiling 
of all approach roads up to the edge of the highway right of way be included 
in the contracts. The Commission considered that the oiling of public and 
orivate road approaches to state highways is highly desirable from the state's 
standpoint and, accordingly, approved the Engineer's recommendation with re- 
spect thereto. The Engineer was thereupon authorized to oil such road ap- 
proaches now existing, a5 soon as oiling crews are available to do the work. 


The Commission adjourned at 12:00 noon, and reconvened at 1:30 p.m. 
in the same room with the same persons present and participating. 


The Commission discussed with Messrs. James Dimitre and (name unknown) 
representing the Dimitre Electric Company of Portland, the low bid submitted 
by them at the morning session for the installation of a traffic signal system 
in ‘amath Falls. They were informed that inspection of the bid reveals that 
it was not signed by any representative of the Company So, as @ matter of pol- 
icy, the Commission had no alternative but to disqualify it. The bid was 


319,064.45. There were two higher bidders. The Commission awards 
this contract to J. C. Compton, at his low bid of 18,863.20. 


"Installation of a flexible progressive traffic signal system 
in the City of Klamath Falls, Klamath County. The Dimitre Electric 
Co., Portland, submitted the low bid for this work, in the amount 
of j15,474. However, inspection of the bid disclosed that it was 
not signed by any representative of the company, and the bid was 
therefore disqualified. Trowbridge & Flynn Electric Co., Medford, 
submitted the next-low bid, in the amount of $15,703.00, and Bosler 
Electric Co., Salem, submitted the third-low bid, in the amount of 
915,999.00. There were four higher bidders. Inasmuch as the low 
bid of the Dimitre Electric Company was disqualified, the Commis- 
sion awards this contract to Trowbridge & Flynn Electric Company, 
the second-low bidder, at its bid of 915,703.00. 


"Rock Creek-Benton County Line Section of the Alsea Highway, 
in Lincoln County. 2.4 miles grading, surfacing and bituminous 
macadam, Only two bids were received for this project, the low one 
being that of E, L. Gates, Packwood, Washington, in the amount of 
(68,164.00; the other being that of C. J. Eldon, Portland, in the 
amount of $93,348. The Commission refers both bids received for 
this work to the Engineer with power to award the contract to the 
low bidder E. L. Gates, when certain conditions have been fulfilled, 


"Canyon Creek-Bryant Hill Section of the Santiam Highway, in 
Linn County. 3.33 miles grading, surfacing and bituminous macadam. 
Leonard and Slate, ijultnomah, submitted the low bid for this work, 
in the amount of ‘136,542.50, using tar. They did not submit a bid 
based on the use of asphalt. E. C. Hall Company, Eugene, submitted 
the second-low and only other bid, in the amount of 149,761.00, 
using tar, and 150,375, using asphalt. The Commission refers these 
bids to the Engineer with power to award the contract to the low 
bidder, Leonard & Slate, when certain conditions have been fulfilled. 


"Bully Creek-Vale Section of the Vale-West Secondary Highway, 
in Malheur County. 3.76 miles grading, surfacing and oiling. Ches- 
ter T. Lackey, Ontario, submitted the low bid, in the amount of 
437,352.60. Triangle Construction Co., Boise, Idaho, submitted the 
second-low bid in the amount of ¥39,992,00, but qualified its bid 
by stating that it would not accept this project unless also award- 
ed the contract for the Cow Hollow Creek-Adrian Junction Section of 
the Vale-Adrian County Road, bids for which were also received at 
this meeting. Tony Marrazzo submitted the third-low, and only other 
bid for this work, in the amount of $40,353.10, and also qualified 
his bid by stating he would not accept the contract unless awarded 
the Cow Hollow Creek-Adrian Junction Section job. The Commission 
advertised that bids for both projects would be received in combi- 
nation, Accordingly, the results of the bidding on the Cow Hollow 
Creek-Adrian Junction Section will be announced next, followed by 
the results of the combination bids. 
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Aeting Chairman Clough thanked the delegation for its appearance, 
and advised that the Commission will give their request honest study and will 
authorize the changes if, in its best judgment, that appears the thing to do. 
The Commission thereupon referred the matter to the Engineer for investigation 
and report. 


The Gresham Chamber of Commerce, represented by lessrs. E. R. Wright, 
A. Dewartt, F. J. Becker, Earl Abbott, E. P. Christensen, and Howard Kelley, 
was present in the interests of the lount Hood Highway (Powell Valley Road), be- 
tween Portland and Gresham. iir. Wright headed the group. He urged the Commis- 
sion to reconstruct this highway and particularly to eliminate sharp curvature 
at the following points: Metzger Corner, Lindeman Station, and at the Six Mile 
Poultry Farm. Speaking on behalf of this project were Messrs. Wright, Dewartt, 
Abbott, and Kelley. wr. Kelley alleged that traffic has greatly increased on 
Powell Boulevard since the traffic island was installed at the east end of the 
Ross Island Bridge, and gave that as an argument in favor of the improvement 
of this thoroughfare. The Commission deferred a decision in this matter until 
Chairman Cabell is present. 


At 3:00 p. m. the State llighway Engineer, at the request of the 
Acting Chairman, announced the following awards of contracts and sale of build- 
ings, bids for which were taken at the morning session, such awards having been 
previously approved by the unanimous vote of the Commissioners present: 


"Placing pier protection for swing span pier for the bridge 
over the Willamette River at Corvallis, on the Corvallis-Easide 
Highway, in Benton County. Babler Bros., Portland, submitted the 
low bid for this work, in the amount of $7,025.00. J. F. Johnston, 
Newberg, submitted the next-low bid, in the amount of $7,150.00. 
There were three higher bidders. This contract is awarded by the 
Cowmission to the low bidders, Babler Bros., at their low bid of 
/7,025.00. 


"Clackamas Overcrossing Section of the Cascade Secondary High- 
way, in Clackamas County. 0.91 mile grading and paving, and con- 
struction of two timber bridges. Roy L. Houck, Salem, submitted the 
low bid for this work, in the amount of 397,016.00. Leonard & Slate, 
jultnomah, submitted the second-low bid, in the amount of $97,342.20. 
There were six higher bidders. This contract is awarded to Roy L. 
Houck, the low bidder, at his bid of $97,016.00. 


"Dee-oodworth Acres Section of the Hood River Secondary High- 
way, in Hood River County. 1.95 miles grading and 3.15 miles sur- 
facing and oiling. No bids having been received for this project, 
it is hereby ordered readvertised. 


"Josephine County Line-Central Point Section of the Pacific 
Highway, in Jackson County. 20.33 miles pavement widening and non- 
skid oiling. J. C. Compton, McMinnville, submitted the low bid for 
this work, in the amount of 418,863.20. The next-low bid was sub- 
mitted by Norris Bros., Burlington, Washington, in the amount of 


building, in the amount $210.00, C. S. Bateman, Gales Creek, sub- 
mitted the second-high bid, in the amount of $178.00, and Earl Bate- 
man, Gales Creek, submitted the third-high and only other bid, in 
the amount of $160.00. The Commission sells this building to Elmer 
E. Lyda, at his high bid of $210.00." 


Messrs. Frank Morgan and Herschel Thompson, representing the Nyssa 
Chamber of Commerce, came before the Commission for an answer with regard to 
their previous request for the paving of Main Street in their town (route of 
the Old Oregon Trail) full width between curbs, and the installation of a 
storm sewer on this street. They were informed by Commissioner Clough that 
the Commission has approved this project both as to the paving work and the 
sewer construction, but the Commission is not in a position today to say just 
when the work will be done, as it depends entirely upon the availability of 
funds, 


Mr. H, H. Kramer, City Manager of Milton, Oregon, was present. He 
asked the Commission to consider in the formulation of its next construction 
program the building of the Milton-Washington State Line Section of the Ore- 
gon-Washington Highway on the recently adopted permanent alignment. He was 
informed that the construction of this section is dependent upon when the 
State of Washington builds its portion in that state. The Engineer was in- 
structed to ascertain from the Washington highway authorities when they ex- 
pect to undertake this improvement, 


Mr. Kramer also asked that the improvement recently completed at 
the south limits of Milton be extended so as to eliminate a very bad condi- 
tion that now obtains where the highway is occupied by railroad tracks. He 
said that Division Engineer Williams is of the opinion that the state should 
do at least a portion of this work if the railroad company will cooperate by 
taking care of the portion occupied by its tracks. The Engineer was instruct- 
ed by the Commission to secure a report from Mr, Williams on this subject. 


Tbe improvement of Union Street and South Main Street, in ifilton, 
was also requested by Mr. Kramer. He gave as his understanding that the state 
has certain funds for expenditure in the improvement of city streets and, if 
such is the case, they would like very much to have these two streets, which 
are not on the state highway system, improved, He was informed that the Com- 
mission now has under advisement the matter of allocating a certain amount of 
state funds for improvements of this kind, but the studies in connection there- 
with have net yet been completed, and the Commission has not as yet determined 
a definite policy with respect thereto. 


Mr. R. A. Weiser, Seaside, was present and asked the Commission to 
authorize the transportation of short logs, not exceeding fifteen feet in 
length, over the Oregon Coast Highway from a point two miles south of Cannon 
Beach to Astoria, during the summer months. He said that he has purchased a 
stand of timber south of Cannon Beach and, according to his contract, this 


"Cow Hollow Creek-Adrian Junction Section of the Vale-Adrian 
County Road, in Malheur County. 0.25 mile grading and 6.01 miles 
surfacing anc oiling; also construction of a concrete bridge. Tony 
Jarragzo, Boise, Idaho, submitted the low bid for this work,in the 
amount of 28,918.50, and the Triangle Construction Co., Boise, 
Idaho, submitted the second-low bid, in the amount of $31,112.00. 
Both bidders qualified their bids by stating that they would not 
accept this contract unless also awarded the Bully Creek-Vale Sec- 
tion of the Vale-West Secondary Highway, in Malheur County. Chester 
T. Lackey, Ontario, submitted the third-low and only other bid, in 
the amount of 332,353.50. 


"Combination bids on the Bully Creek-Vale Section and the Cow 
Hollow Creek-Adrian Section, in Malheur County. Tony Marrazzo, Boise, 
Idaho, submitted the low combination bid, in the amount of $69,271.60. 
Chester T. Lackey, Ontario, submitted the next-low combination bid, 
in the amount of $69,706.10. The Triangle Construction Co., Boise, 
Idaho, submitted the only other combination bid, in the amount of 
°71,104,00. The Commission refers all bids received for this work 
to the Engineer with power to award the contracts to the low bidder, 
Tony Marrazo, on his low combination bid of 469,271.60, when certain 
conditions bave been satisfied. 


"Reconstruction of Hawthorne Bridge approaches, on the Pacific : 
Hiyhway West, in Portland, Multnomah County, Lindstrom Bros., Port- 
land, submitted the low bid for this work, in the amount of $31,120.00, 
and George H. Buckler Co., Portland, submitted the second-low bid, in 
the amount of $35,054.00. There was only one other bidder. The Com- 
mission awards this contract to the low bidders, Lindstrom Bros., at 


their bid of $31,120.00. 


"Sunset Camp-Davies Section of the Wolf Creek and Nehalem High- 
ways, in Washington County. 9.53 miles surfacing and bituminous 
macadam and 3,15 miles oiling. Babler Bros., Portland, submitted 
the low bid for this work, in the amount of $127,418.00. Norris 
Bros., Burlington, Washington, submitted the next low bid, in the 
amount of 4129,679.00. There were three higher bidders. The Commis- 
sion awards the contract to Babler Bros., at their low bid of 
»127,418.00." 


Buildings at Glenwood: 


"Building No. 8659 (former owner Mrs. Mildred Bartell Davis). 
Earl Bateman, Gales Creek, submitted the high bid for the purchase 
of this building, in the amount of $204.00. Elmer E. Lyda, Gales 
Creek, submitted the second-high and only other bid, in the amount 
of .50,00. The Commission accepts the bid of Earl Bateman, and 
sells this building to him at his high bid of 9204.00. 


"Building No. 8671 (former owner Wm, F. Van Loo). Elmer E. 
Lyda, Gales Creek, submitted the high bid for the purchase of this 


~, 
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Association, has asked the privilege of constructing a drinking 
fountain in this park as a memorial to Bridal Veil pioneers, and 
that the Association will pay the entire cost involved and will 
furnish a suitable plaque, He recommended approval of the request 
4f the fountain is constructed in conformance with plans prepared 
by the Parks Department, and if the Parks Department is allowed to 
Soar construction. The Commission approved the recommenda 
on, 


Offer of H. L. Edmunds, Eugene, to donate land adjacent 
to the Columbia River Highway at Herman Creek for state park pur- 
poses:~ The Parks Superintendent advised that Mr. Edmunds owns 
thirteen acres of land situate in Section 6, Township 2 North, 
Range 8 East, W.M., three miles east of Cascade Locks, and has of- 
fered to donate this property to the state if the state wants it. 
He further advised that he has investigated the area and finds that 
it has 1,320-ft. frontage on the highway, but there is no frontage 
on Herman Creek; further, that the area is principally hill land 
and is situate about one hundred feet above the highway, with no 
level land bordering the highway. He recommended against accept- 
ance of this site, inasmuch as it does not 1% into the state park 
picture. The Commission approved the recom». sation. 


Meyers property along the North Santiam Highway:- The 
Parks Superintendent presented the offer of Albert R. Meyers, Mehama, 
Oregon, to sell to the Commission for the sum of $1,000, a twenty- 
acre tract of land situate in Section 13, Township 9 South, Range 1 
East, being located near the fish hatchery at Mehama. He advised 
that he has investigated the area and, in his estimation, it is not 
suitable for state park purposes. In view thereof the Commission 
decided not to purchase the tract, 


Offer of George P. Taylor of Portland to donate a park 
site in Klamath County:- The Parks Superintendent advised that 
Mr. Taylor has offered to present to the state as a gift a 120-acre 
tract located in Section 20, Township 39 South, Range 8 East, W.M., 
Klamath County. He said that this tract is located aboyt two miles 
north of the Green Springs Highway, at a point about six miles west 
of Klamath Falls, and that he has investigated the area and found 
it to be unsuitable for state park purposes, particularly in view 
of the fact that it is cutover hill land with no water available, 
and no road leading to it. He recommended that the offer be de- 
clined, The Commission approved the recommendation. 


Timber strips along the Tiller-Trail Secondary Highway:— 
The Parks Superintendent reported considerable 0 & C lands and 
county lands, as well as privately-owned land, along this highway. 
Commissioner Clough gave as his thought that if the state could 
obtain the 0 & C lands and the county-owned lands, where the high- 
way passes through them, and could purchase the privately-owned 
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timber must be marketed before January 1, 1942, and in order to comply with 
this arrangement, he must haul logs during the restricted summer months, as 
well as during the winter months. He said that the logs would not exceed 
fifteen feet in length, and that the overall length of the equipment and load 
would not exceed twenty-six feet. Further, that he is operating only one 
truck, and would carry not more than two logs at one time. The Engineer stat- 
ed that loads not over twenty-six feet in length could be transported over 
this highway without taking up more than one-half the traveled portion of the 
road and, in his estimation, Mr, Weiser's operations would cause no more haz- 
ard to other traffic than do freight trucks. After discussion, the Commission 
authorized the granting of a permit to Mr. Weiser, as requested, subject to 
the condition that the logs to be hauled would not be longer than fifteen feet 
and that the ovefall length of truck and load will not be in excess of twenty- 
six feet, and provided further that no more than two logs are hauled at any 


one time. 


ur. J. T. Ellis, of Corbett, Oregon, was present in regard to the 

Corbett Road, which extends from the Columbia River Highway to the Columbia 

River at Corbett. He particularly inquired as to the plans of the Commission 

for maintaining a landing slip in the river for the use of vehicular traffic 

when the new Columbia River Highway has been constructed at this point, He 

gave as his understanding that the new highway is to be built very close to 

the river, and that it will destroy the present landing facilities. He urged 

the Commission to make provision for a new landing slip. The matter was re~ 

ferred by the Commission to the Engineer and the Attorney for investigation { 


and report. 


The State Parks Superintendent, Mr. S. H. Boardman, was present and 
reported on the following park matters: 


Use of federal aid funds for the purchase of wayside 
strips:~ The Parks Superintendent reported receipt of a letter 
from Representative James W. ilott, the author of the bill that 
provides three per cent of the federal aid allotment for wayside 
purchases, in which Mr. Mott advises that it is the function of 
the State Highway Commission to select the sites and present them 
to the Public Roads Administration for approval. He recommended, 
in view of this letter, that the applications be filed for the pur- 
chase of timber strips along the Salmon River Highway and along 
the Pendleton-John Day Highway, between Dale and Camas Creek Junc~ 
tion. WW. H. Lynch, District Engineer, Public Roads Administration, 
stated that he has not yet received instructions relative to the 
expenditure of federal aid funds for such purpose. After discus- 
sion, the Commission instructed the Engineer to file applications 
for federal aid funds for the purchase of the strips mentioned by 


the Parks Superintendent. 
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Request of Bridal Veil Pioneers Association for permis- 
sion to erect a drinking fountain in Talbot State Park:- The Parks 
Superintendent advised that Mr. S. J. Hammel, President of this 
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leaving a narrow strip between the river and the highway, This 
strip, he-said, has a frontage on the river for one-half mile, and 
contains about seven acres of land which the state should control 
as a protection to the park, He recommended purchase of the same. 
He also recommended the acquisition of a fifty-foot strip on the 
opposite side of the highway as an added protection to the park. 
After discussion, the Commission authorized the Attorney to secure 
options for both strins. 


Proposed park adjacent to the Columbia River Highway, 
east of Shell Rock Mountain:- The Parks Superintendent reported 
a communication from George W. Mead, Portland, offering, in behalf 
of Mrs. Ruby Mead, to sell to the state for park purposes 112 acres 
of land situate adjacent to the Columbia River Highway about one- 
half mile east of Shell Rock Mountain, He was instructed by the 
Commission to contact Mrs. idead and ascertain just how much she 
wants for this property. 


Addition to Umpqua Lighthouse State Park:~- The Parks 
Superintendent recommended the purchase of about sixty-five acres 
of land, consisting mostly of sand dunes, adjacent to the present 
park and being described as Lot 4, in the east ene-half of the 
southwest quarter of Section 24; Lots 1 and 2 in the east one half 
of the northwest quarter, and the southwest quarter of the north- 
east quarter of Section 25, Township 22 South, Range 13 West, W.M., 
Douglas County. He recommended purchase of this property and the 
planting of the area to Holland grass, in order to stop "sand blow", 
which, he said, is not only detrimental to the present park but 
also to the highway. It was his thought that the purchase price 
would not exceed $5.00 per acre. The State Highway Engineer con~ 
curred in the recommendation as a protection to the highway. After 
discussion, the Commission authorized the Right of Yay Department 
to secure options on this property and ordered, if the property is 
purchased, that the expense be charged partly to the park budget 
and partly to the right of way budget. 


The matter of designating the county road, which extends from the 
Santiam Highway to Cascadia State Park, a state secondary highway was dis- 
cussed, The Attorney advised that this road lies entirely within the bor- 
ders of the state park, so it would not be necessary for the Commission to 
designate it a secondary state highway if the county will deed it to the 
state, which it has agreed to do. The Commission approved the disposition 
of this matter in such manner, and instructed the Attorney to secure the deed. 


A telegram was presented from the Waldport Chamber of Commerce, in 
which the Commission was urged to authorize the placing of additional large 
rock to enlarge the parking area adjacent to the Oregon Coast Highway, at the 
south limits of Waldport, The Engineer advised that the State Parks Superin- 
tendent is opposed to the placing of more rock at this place. In view of the 
report, the Commission deferred action in the matter until it has had an 
opportunity to view the premises. 
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cutover lands at reasonable cost, that would be advisable. The 
Parks Superintendent was instructed to negotiate with the federal 
government and the county court with respect to the acquisition of 
the 0 & C lands and the county-owned land; alsog to ascertain how 
much it will cost to purchase the cutover lands belonging to the 


orivate parties. 


Request of Lincoln County for state cooperation in the 
purchase of Spruce Production Railroad right of way:- The Parks 
Superintendent advised that Lincoln County is purchasing 4 consider- 
able portion of the old Spruce Production Railroad right of way, 
for which it is paying the Southern Pacific Company the sum of 
5500 and has asked the state to contribute the sum of 9100 toward 
this expense, in view of the fact that the right of way passes 
through a forty-ecre tract which the county deeded to the state, 
without charge, as a wood lot. He recommended approval of this 
payment, in view of the county's donation, and for the further 
reason that the forty~acre tract contains at least $5,000 worth of 
cordwood, notwithstanding that the price to be paid would average 
about $50.00 per acre, there being only two acres of the railroad 
right of way in the forty-acre tract received from the county, After 
discussion the Commission approved the recommendation, subject to 
the condition that the county will deed to the state that portion 
of the railroad right of way that lies within the borders of the 


above-mentioned forty-acre tract. 


Letter from the Agate Beach Community Club requesting 
signs on the beach at Agate Beach, prohibiting speeding, et ceteras— 
The Parks Superintendent advised that request has been received from 
the Agate Beach Community Club for the erection of appropriate signs 
prohibiting speeding, stunt driving, and other objectionable activi- 
ties, on the ocean beach at Agate Beach, as a possible safety measure. 
The Commission considered that the people who use this beach are en- 
titled to protection, and thereupon instructed the Engineer to see 
that appropriate signs are erected at this location. 


Building encroachments in Cascadia State Park:- The Parks 
Superintendent advised that since the Commission has acquired this 
park, it has been found that Reverend D. V. Poling of Corvallis, and 
a Mr. . H. Pfieffer, of Albany, are maintaining summer homes within 
the twundaries of the park, and these gentlemen have requested per- 
mission to continue to maintain their summer homes at this place. 

The Commission denied the request as & matter of policy, and to avoid 
the establishment of an undesirable precedent. The Attorney was in- 
structed to notify the owners that they must vacate the premises. 


addition to Cascadia State Park:~ The Parks Superintend- 
ent recomended the purchase of a narrow strip of land lying between 
the Santiam Highway and the Santiam River, in front of Cascadia Park. 
Ne said that the original park purchase extended only to the river, 


load on the opposite traffic lane, and no such permit shall be 
issued unless the highway or section of highway concerning which 
the permit is applied for affords safe passing zones at reasonable 
intervals; and 


WHEREAS, it is the purpose of the Highway Commission to 
afford all privileges possible to the logging and lumber industry 
rd the state consistent with public safety, convenience and neces- 
sity; 


NOW, THEREFORE, BE IT RESOLVED BY THE HIGHWAY COMMISSION 
that the following rules, regulations and declaration of policy 
shall govern with respect to the issuance of permits for the trans- 
portation by motor vehicle of logs, poles and/or piling over pri- 
mary or secondary state highways: 


1. Permits for the continuous operation of vehicles or 
combinations of vehicles engaged in the transportation of logs, 
poles or piling may be issued for the movement of such commodities 
having an overall length of vehicle and load or combination of 
vehicleec and load of not to exceed sixty feet; provided, however, 
that the geometric design’of the particular highway or section of 
highway is such as to permit the movement of the vehicle and load 
or combination of vehiclesand load on the right-hand side of the 
center line of the traveled way without encroachment by either 
vehicle or load at any time or place on the opposite traffic lane. 


2, Permits for the continuous operation of motor vehicles 
engaged in the transportation of logs, poles or piling having over- 
all length of vehicle and load or combination of vehicles and load 
not in excess of seventy-five feet may be granted; provided, how- 
ever, the geometric design of the highway or section of highway 
over whieh such movement is to take place is such as to permit the 
movement and operation of vehicle and load at all times and at all 
places on the right-hand side of the center line of the traveled 
way without encroachment by either vehicle or load on the opposite 
traffic lane; and, provided further, that the geometric design of 
the highway is such as to provide safe passing zones not over 8,000 
feet apart. 


3. Permits may be issued for temporary isolated move- 
ments by motor vehicles engaged in the transportation of logs, poles, 
and/or piling having an overall length of load and vehicle or load 
and combination of vehicles in excess of seventy-five feet; pro- 
vided, however, the highway or section of highway over which such 
movement is proposed to take place has a geometric design such as 
to permit the movement and operation of the vehicle and load, or 
combination of vehicle and load, at all times and at all places on 
the right-hand side of the center line of the traveled way, so that 
no part of the vehicle and load need at any time or place encroach 
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The Ungineer requested authority to employ six two-man crews to act 
as “weighmasters" in the weighing of logging trucks. He said that the log 
hauling business has been growing rapidly, and that it is known that a large 
percentage of these trucks are transporting loads weighing in excess of the 
legal weight limits; however, it is impossible for the State Police to appre- 
hend all of them. It was his thought that the operations of the weighmasters, 
in conjunction with the State Police, would greatly reduce overloading, and 
would gave the state many thousands of dollars in highway maintenance expense. 
He estimated the annual expense of the weighmaster crews and one supervisor 
at about 430,000, and advised that the project has been approved by Chairman 
Cabell, with whom he has discussed it, After discussion, the Commission ap- 
proved the request by unanimous vote. 


In this connection the Engineer advised that weighmasters would not 
have police authority, so some provision would have to be made for penalizing 
operators of trucks, if they refused to allow their trucks to be weighed. 
During the progress of weighing, he said, the weighmasters will be stationed 
near the state highway scales, and appropriate signs will be maintained on the 
highway near the scales notifying the operators of logging trucks to stop at 


The Commission discussed the adoption of rules and regulations rela- { 
tive to the issuance of permits for continuous operation of logging trucks 
having an overall length of load and vehicle in excess of fifty feet. After 
discussion, the following resolution pertaining thereto was adopted by the 


Comaission by unanimous vote: 


WHEREAS, the 1941 legislative assembly enacted Chapter 55, 
Oregon Laws, 1941, by which the Highway Commission is authorized to 
grant written permits for the continuous operation of vehicles or 
combinations of vehicles engaged in the transportation of logs, poles 
or piling having an overall length of load and vehicle or combination 
of vehicles exceeding fifty feet, but no such permit may be granted 
by the Commission unless and until the Commission has found that such 
movement will not be detrimental to the highway or destructive of the 
interests of the general public; and 


WHEREAS, based on experience and engineering data, it is 
the judgment of the Comuission that permits for such purpose should 
not be issued with respect to any state highway or section of state 
highway, unless it be found and determined that the design of the 
highway or section of highway over which it is proposed to operate 
any such vehicle is such as to permit the vehicle and load or combi- 
nation of vehicle and load to operate at all times on the right-hand 
side of the center line of the traveled way without at any time or 
place making necessary encroachment by any part of the vehicle or 


the available passing zones on each such highway over which it is 
proposed to transport by motor vehicle logs, poles and/or piling. 


8, The Engineer is further instructed to make and file 
in the Commission's office at Salem, Oregon, a complete report of 
his findings and recommendations for the use and benefit of the 
Commission when considering applications for permits for the trans- 
portation by motor vehicle of logs, poles and/or piling. 


9. These rules and regulations and this declaration of 
policy shall apply to all primary and secondary state highways, 
or any part thereof, over which operators propose to move or trans- 
port logs, poles or piling, 


10, This resolution shall be entered in the minutes and 
records of the Commission and shall be in full force and effect 
until rescinded, modified or otherwise changed by official action 
of the Comnission, 


The Commission also discussed the special regulations adopted at 
its meeting on December 18, 1940, governing the transportation over state 
highways of logs, poles or piling by motor truck. The Engineer suggested 
certain modifications of such regulations, which the Commission approved. 
The Commission thereupon adopted the following regulations covering such 
movements and ordered that a certified copy of the same be forwarded to the 
Public Utilities Commissioner, with a recomiendation that they be made a 
part of the log hauling permits issued from his office after June 15, 1941: 


SPECIAL REGULATIONS GOVERNING THE TRANSPORTATION OF 
LOGS, POLES, OR PILING BY WOTOR TRUCK 


Effective June 15, 1941 


The following special regulations governing the transportation of 
logs, poles or piling by motor truck prepared by a committee representing the 
Oregon State Highway Commission, the Secretary of State, Department of State 
Police, State Industrial Accident Commission, Bureau of Labor and Public 
Utilities Commissioner are approved and are the recommendations made by the 
Oregon State Highway Commission to the Public Utilities Commissioner pursuant 
to the provisions of Sections 115-509 and 115-513 (0.C.L.A.), and acts amend- 
atory thereto. 


These special regulations are in addition and supplemental to the 
requirements of the Oregon Motor Vehicle Laws and Oregon Motor Transportation 
Act; also the Logging Safety Code of the Oregon State Industrial Accident Com- 
mission. 


on the opposite traffic lane. Such permits shall be issued for a 
period of not to exceed thirty days and shall not he issued unless 
the vehicle is equipped with hand steering device on the trailer 
axle, which steering device shall be manned at all times and be of 
such character as to permit the trailer axle to approximately track 
the rear truck axle. Such permits shall be revocable at any time. 


4. Permits may be granted for the operation of motor 
vehicle and load or combination of vehicles and load engaged in the 
transportation of logs, poles and/or piling having an overall length 
in excess of seventy-five feet with respect to highways or sections 
of highways wherein the geometric design does not permit the vehicle 
and load to stay on the right-hand side of the center line of the 
traveled way at all places; provided, however, that operations under 
such permits shall not exceed ten movements in any thirty-day period 
and shall be issued only with respect to highways or sections of 
highways where the traffic is light; and provided that the vehicle 
is equipped with hand steering device on the trailer axle, which 
steering device shall be manned at all times and be of such charac- 
ter as to permit the trailer axle to approximately track the rear 
truck axle; and provided that cars with flagmen operate in advance 
and in the rear of the logging trucks; and provided that the move- 
ment shall be subject to such special rules and regulations as the 


Commission may deem proper. 


5. Permits issued under Sections 3 and 4 hereof shall be 
issued only upon application disclosing the purpose for which the 
logs, poles and/or piling are to be used, which application shall 
be supported by the affidavit of the applicant or the owner of the 
logs, poles and/or piling, or the consignee, declaring that such 
logs, poles and/or piling are to be used for the purpose stated in 
the application and are not, after being delivered to the point or 
place of destination, to be cut into shorter lengths or used for 
some other purpose than the purpose stated in the application, Any 
permit issued under sections 3 and 4 shall terminate thirty days 
from date of the issuance of said permit. 


6. Public liability and property damage insurance in the 
sum of y for public liability, and § for property 
damage shall be required for permits issued for the operation of 
motor vehicles engaged in the transportation of logs, poles or pil- 
ing, having an overall length in excess of sixty feet, 


7. The State Highway Engineer hereby is directed to make 
or cause to be made an inspection of each state highway and section 
of state highway for the purpose of ascertaining the design and char- 
acter of the same and the maximum length of vehicle or combination of 
vehicles and load which can, with due regard to the interests of the 
general public and without unnecessary damage to the highway, move 
thereover. The Engineer shall at the same time determine and set 
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not be permitted. Sufficient frame clearance shall be maintained to prevent 
"bunk binding." 


2. The ends of the bunks or bolsters shall be provided with chock 
blocks which can be securely locked in position; and, when the vehicle is 
loaded and chock blocks are in position, each block shall have a height of 
not less than eight inches above the top of the bunk. Chock blocks shall not 
extend beyond the end of the bunk, Open V-type blocks shal”. be one inch or 
more from the end of the bunk and shall not be turned over. Bunk chains or 
cables shall have a minimum breaking strength of not less than 15,000 pounds. 
If chains are used, they shall be made of welded links and at least one link 
in every five (5) feet of chain shall be stamped with the manufacturer's mark 
or symbol guaranteeing that the minimum breaking strength of the chains is 
not less than 15,000 pounds. No chain shall be used that does not contain at 
least one link so stamped. Cut, cracked, excessively worn or otherwise defec- 
tive links shall be removed and the chain properly repaired immediately. The 
use of molles or cold shuts in such chains will not be permitted. If cables 
are used, they shall consist of one-half-inch wire rope. The use of frayed 
or stranded wire rope wiil not be permitted, 


3. The method of loading shall be such that the outer logs in any 
upper tier or layer shall have their centers inside of the centers of the 
outer logs of the next lower tier or layer so that the load is stable without 
the aid of ties or binders, Ties or binders shall be considered as precau- 
tionary measures to insure stability of the load while the vehicle is rounding 
curves or upon superelevated or sloping surfaces. Loads shall be well bal- 
anced on the truck and trailer center plates, Not more than one-third of the 
weight of any log shall extend to the rear of the last point of support, 


4. Loads shall be tied with not less than three binders, the rear- 
most, of which shall be securely fastened to the bunk of the trailer, Any 
binder used at the bunk shall be wrapped around at least the two sides and top 
of the load and shall be securely fastened to the bunk. Any binder not placed 
at a bunk shall entirely surround the load. In case any log is of insuffici- 
ent length to rest over both the front and rear bunks, one of the three bind- 
ers shall be used for the purpose of securely fastening the unsupported end of 
such log to the remainder of the load, but in no event shall any bottom log of 
any load not rest securely on both bunks; provided, that in the case of one- 
log loads, one binder attached to the bunk of the trailer shall be sufficient. 


Binders shall be so arranged that they may be released from the side 
of the vehicle away from the dump in unloading, but no loose end of any binder 
shall be permitted to swing free from the load or vehicle. All such loose 
ends shall be securely fastened to the load or vehicle so as to prevent their 
swinging free or striking any person, vehicle or object, on or adjacent to the 
roadway while the vehicle is in operation. For this purpose one end of the 
binder shall be equipped with a suitable clamp or fastening device, 


5~ In the case of short logs transported on solo trucks and loaded 
lengthwise, the following method of loading may be substituted in lieu of that 
set forth in paragraphs 3 and 4 above: The logs may be loaded between rigid 
standards attached to the bed of the truck at the bottom and tied across above 
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The term "logs" as used herein shall be construed to include logs, 
poles or piling. 


A. Disposal and Reporting of Lost Logs or log Loads 


If any log be dropped from any load during its transportation over 
any of the highways of this state, it shall be the duty of the person, . 
or corporation hauling said logs, immediately to remove the same from the 
traveled portion of the roadway, and within a period of not more than 48 hours 
(holidays excluded) to remove the same from the right of way at his or its own 
expense, The repeated dumping or loss of logs upon the highway right of way, 
or the neglect or refusal of any log hauler to remove any log or logs so un- 
loaded or lost in transit shall be considered as an indication of laxity in 
conforming to loading requirements and shall be cause for the immediate sus~ 
pension or cancellation of the permit under which said log hauler is operating. 


If any log or logs be dropped or lost upon the highway it shall be 
the duty of the log hauler to report said fact to the Highway Commission with- 
in 48 hours thereafter, Said report shall state, among other things: 


1. The time the log or logs were lost. 

2. The exact locations 

3. The number of logs on the truck at the time of the 
accident, 3 

4. The length of the respective logs. 

5. The number of board feet contained on the load, 

6. The speed of the truck at the time of the accident. 

7. If on a curve, a full description of the curve and 
surrounding country. 

8. What portion of the equipment broke, if any, prior 
to the loss of said logs, 

9, The type and age of equipment, both truck and trailer 
and the number and size of chains or fastenings used. 

10. The date of the last checkup or inspection of the 

. equipment involved. 
ll. Time logs were removed from highway. 


The neglect or refusal of any log hauler to render the above report 
within the time specified may be considered cause for the immediate suspension 
or cancellation of the permit under which said log hauler is operating. 


The filing of a report as required by these special regulations 
shall not be construed as relieving the driver of any vehicle from filing an 
accident report as required by Section 115-316, 0.C.L.A., and aets amendatory 


thereto. 


B. Method of Loading 


1. The bunks or bolsters of any truck or trailer shall be either { 
straight or coneave upward, Bunks with the ends lower than their centers will 
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13. Unless special permission is obtained from the State Highway 
Commission, the hauling of logs, poles or piling is prohibited on Saturday 
afternoons, Sundays, during hours of darkness, and on the following holidays: 
January lst, May 30th, July 4th, Labor Day, November llth, December 25th, also 
any holidays designated by the President of the United States or the Governor 
of the state of Oregon; also the Monday immediately following the above men- 
tioned holidays when they fall on Sunday. 


14. All axles on logging trucks and trailers shall be equipped 
with springs. 


15. Approaches to state highways from private logging roads must 
be approved as to location and type of construction by the Oregon State High- 
way Commission before being constructed, Mud and debris must be removed from 
wheels of logging equipment before entering state highways, 


16. All trucks carrying logs must come to a complete stop before 
crossing any railroad track at grade. 


17. Operators of all logging trgcks shall consent to the weighing 
of their loads on state-owned scales whe r requested by "weigh-masters" in 
the employ of the State Highway Commission, Signs will be erected at the 
scale sites requesting all logging trucks to stop at the scales, The refusal 
of any operator to allow his truck to be weighed shall be cause for the immedi- 
ate suspension or cancellation of the permit under which he is operating. 


The Engineer brought up for discussion the matter of extending the 
improvement of the itinam Hill Section of the Wallowa Lake Highway, in Union 
County, He recalled that the Commission at one time budgeted $80,000 for 
this work, but transferred the money to another project which was more press- 
ing. He suggested an allocation of approximately $80,000 of state funds at 
this time, and the contracting of an additional section at the next meeting. 
The Commission approved the suggestion and so ordered, 


Commissioner Oliver reported a request from the Grant County Court 
for the designation as a state secondary highway of the county road between 
Sumpter, Baker County, and Granite, in Grant County. He advised that the 
County Court has selected this road as its first choice for secondary highway 
designations. The Commission agreed to keep the project in mind, 


The Engineer brought up for discussion a letter written by W. W. 
Currier, Highway Section Foreman, Grants Pass, directed to all state highway 
employees, suggesting the formulation of an association to be named the 
"Association of State Highway Employees," the purpose of which organization 
"would be to work through peaceful means to improve working conditions, as 
well as promote a better understanding by the public of the character and 
duties of the men who have as their responsibility the care of Oregon's fine 
highway system", and to "have a paid representative of our Association at all 
Legislative meetings armed with comprehensive and practical suggestions for 
the benefit of our members," 
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the load with cable or chain ties. There shall be a standard on each side of 
the load within two feet of each end of the logs, and a sufficient number of 
standards shall be provided so that they are spaced not more than eight feet 
apart on each side of the load. The standards shall be rigidly connected to 
the bed of the truck or shall be placed in tight-fitting sockets at least 
twelve inches in depth. The chain or cable tie above the load shall have a 
minimum breaking strength of not less than 15,000 pounds, The standards shall 
be of such size and dimension that when supported at each end a load of 15,000 
pounds applied at the center of the standard shall not cause failure. 


6. In the case of short logs loaded crosswise, the following method 
of loading shall be used if the truck or trailer is not provided with solid 
ends of a height sufficient to prevent any log in the load from rolling off: 
Not less than two chock blocks shall be used at each open end of the vehicle 
and the load shall be held with at least two binders for each row of logs. The 
binders shall be firmly attached to the ends of the truck or trailer. Rigid | 
standards or stakes may be used in lieu of chock blocks but each such stake | 
shall be either rigidly connected to the bed of the truck or trailer or shall 
be placed in a tight-fitting socket at least twelve inches in depth. 


7. Any binder or fastening thereof required by these regulations 
shall have a minimum breaking strength of not less than 15,000 pounds. If 
chains are used as binders, they shall be made of welded links and at least 
one link in every five (5) feet of chain shall be stamped with the manufac- 
turer's mark or symbol guaranteeing that the minimun breaking strength of the 
chain is not less than 15,000 pounds. The use of molles or cold shuts in such 
chains will not be permitted, Cut, cracked, excessively worn or otherwise de- 
fective links shall be removed and the chain repaired imnediately. Tighteners 
shall be fitted with hooks which hook over the chain links and shall be used 
in that manner. If cables are used as binders, they shall consist of one-half- 
inch wire rope. The use of frayed or stranded wire rope will not be permitted. 
All binders and fastenings thereof shall be inspected frequently and any neces- 
sary repairs indicated by such inspection shall be made immediately. 


8. Logs with large limbs, knots, bark slabs or other hazardous pro- 
jections shall not be transported. 


9. Braking equipment shall be maintained in good condition. Hose 
lines and couplings thereof of vehicles equipped with air brakes shall be im- 
mediately repaired or replaced when found defective. Sufficient slack shall 
be maintained in air brake hose lines to prevent uncoupling when the trailer 
reach is extended. A brake test shall be made before the start of any trip. 


10. Trailer couplings shall be securely locked or the pin shall be 
keyed. Wooden reaches shall be of good, straight-grained material. 


ll. Trailers loaded on trucks shall be securely fastened to the truck 
in such manner that they will not fall, roll or slide off while in transit. 


12. All bunk blocks, loose ends of binders, or other equipment shall 
not be permitted to swing free from loaded or unloaded vehicles. 
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that at a previous meeting he reported to the Commission information received 
from several parties to the effect that Mr. Knapp has had his property listed 
for sale for a couple of years at $6,000, and requested instructions. After 
discussion, tke Commission authorized the Attorney to withdraw the previous 
offer to Mr. Knapp and to make him a new offer of (6,000, and if he refuses 
the same to proceed with condemnation. 


The Attorney requested authority to purchase certain parcels of 
real property that are needed for various highway improvements, After care- 
ful study of the list submitted and the prices recommended, the Commission 
approved the same, and by unanimous vote adopted the following resolution 
authorizing such purchases: 


WHEREAS, in connection with the further improvement of 
the highways hereinafter designated, it is and has been necessary 
to acquire property for right of way, quarry sites, gravel or other 
material sites, or sites for the storage of materials, as herein- 
after more definitely set forth, and 


WHEREAS, as a result of negotiations carried on with the 
owners of the property required, options have been obtained, which 
options have been considered by the Commission, outlining the bases 
of settlement which have been agreed upon, and 


WHEREAS, it is the judgment of the Commission that the 
said options should be approved and accepted, and/or the said reports 
be declared acceptable to the State Highway Commission as bases of 
settlement for the properties involved, and that the acquisition of 
the properties should be completed: 


NOW, THEREFORE, BE IT RESOLVED that the several offers, 
or bases of settlement hereinafter enumerated be, and the same here- 
by are, approved and accepted, and that the Attorney for the State 
Highway Commission be, and he hereby is instructed to complete the 
acquisition of the said properties and to take title thereto in the 
name of the State of Oregon. The said properties hereby ordered to 
be acquired are as follows, 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Astoria Section, Oregon Coast Highway 
5864-Clatsop County T 2,153 sq.ft. GRATIS McCallister 
" 


5868-Clatsop County R/V 19271 GRATIS 
5862-Lonberg, Henry S. R/W 720 GRATIS " 
5869-Yick Land Co., Quong R/T = & 500 45¢ sq.ft.+ $500 
5872-Clatsop County RAY 32,775 GRATIS 
5865-Seafeldt, Albert,Estate R/W 4,750 30¢ sq. ft.+ $900 
5863-Lonberg, Sven R/V 1,28 * In exchange for 2003 

sq.ft. lying outside 

P R/W, + $100 
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The Engineer gave as his thought that the formulation of such an or=- 
ganization would work to the detriment of the employees of the State Highway 
Department rather than to their benefit, and suggested that a letter be sent 
to each employee advising him of the attitude of the State Highway Commission 
relative to an organization of this kind. He read aloud a form of circular 
letter prepared for the purpose which, he said, had been approved by Chairman 
Cabell. The matter was discussed by the Commission at some length but a deci- 
sion was deferred until the following day in order to give the Commissioners 
an opportunity to study the letter in the meantime.(See decision on following 
day). 


The Engineer also brought up for discussion the matter of increasing 
by 10 per cent the wages of hourly rate employees, particularly referring to a 
petition signed by fifty employees at the Salem Shops requesting that they be 
paid on a monthly basis and that they be granted the same privileges that are 
now enjoyed by other monthly-paid employees. The Engineer advised that he has 
taken care of the matter by revising the schedule for hourly-paid employees. 
Under the new schedule, he said, the men will work an additional four hours 
each week (10% increase from forty hours to forty-four hours) at the same 
rate of pay, and will report to their respective jobs on state time instead of 
on their own time, as in the past. It was his thought that the new schedule 
would meet with the approval of the employees concerned without increasing the 
payroll expense. He asked the Commission to approve the new procedure. After 
discussion the Commission approved the revised schedule as reported. 


The Commission adjourned at 6:00 p.m. to reconvene at 8:00 p.m. in 
the Imperial Hotel to dispose of additional routine matters. 


The State Highway Comaission reconvened at 8:00 p. m. in Room 415, 
(Imperial Room), Imperial Hotel, with the same persons present and partici- 
pating. 


A delegation from The Dalles, including Messrs. J. C. Davies, F. V. 
Galloway, and W. S. Nelson, Manager of the Chamber of Commerce, was present 
and discussed with the Commission the matter of providing state-owned ferry 
service across the Columbia River at The Dalles. Mr. Nelson headed the group. 
He presented arguments in favor of state-owned ferry operations at this point, 
which he suggested could be conducted on a toll fee basis, and urged the Com- 
mission to give the matter careful consideration. He also filed a written 
brief in support of the oral arguments. After discussion the Commission in- 
structed the Engineer to make investigations as may be necessary, and report 
his findings to the Commission at the next meeting. 


The Attorney brought up for discussion the Orris Knapp right-of-way 
controversy at Port Orford. He advised that the Public Roads Administration 
is anxious to proceed with the contracting of the Port Orford South Section, 
but cannot do so until the right of way, of which the Orris Knapp property is 
a portion, has been cleared, He also advised that certain Port Orford citi- 
zens, who are very anxious for the highway improvement, have submitted a peti- 
tion stating that they would pay the cost of the right of way needed from Mr. 
Knapp over and above the amount of the state's offer of $10.000, He recalled 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Case: - Sec.,South Santiam Highw 
9259-Scroggin, Ralph RAI 264 sq. ft. 15¢ sq. ft.,+ $5.00 wie 


9254-Conn, Rova E, " 1.30 $38.46 per a.+ 4100 
9260-Oregon & Western Colon- 

ization Co. " 12.95 $25.00 per a.+ $750 " 
9256-Lyon Lumber Company " 0.05 $200 per acre " 
9°4l1-leGhee, Laura lM. " 2.97 $15 per a.+ $133.65 " 
9x s7-viller, Leora R. " 4.80 $25 per a. 


3,645 sq. ft. 560 sq.ft.at 15¢ sq.ft." 
3085 " at 2¢ 


+ $132.50 
9255-\ard, Emily Hill " 2.9 $25 per a.t $780.25 " 
Foster-Cascadia Section, Santiam Highw 
90i0-Webster, Ramsey,Estate Gravel 80.0 $11.25 per acre DeSouza 
(Correction) Pit 
Plunkett Creek-Read Creek Section, Kings Valley Highway 
9330-Federal Land Bank, and Stock 1,08 Land $100 Lump Sum, Eason 
Israel Eddy Pile : + fencing 
Scott Creek-Benton County Line Section, Alsea Highw 
9270-Nyhus, Gilbert R/V 0.10) $15 per acre 
0.14) $25 per a.+ $72.75 Gardiner 
0.24) 
9272-Cole, J. W. " 0.58 $15 per a.+ 331.20 " 
9274-Boysen, Paul " 0.19 $15 per a.+ 9127.50 " 
9278-Fitzcharles, William " 1.12 $50 per acre 


Scott Creek-Benton County Line Section, Alsea Highwa: 
9276-Dieckhoff, Otto R/V 2.02 $150 per a.+ $489.50 Gardiner 


9290-Gengler, John and 


Nellie Westphal,et al Quarry 17,83 $15 per a,+ fencing " 
9280-)Stouder, Charles E. R/W 2.94) $15 per a. + 5350 " 
3.54 ) 
Eugene Section, Pacific Highway 
8804-Powell, D. F. R/W 4286 sq.ft. 13¢ sq. ft. Parker 
9266-Bettis, Hugh’S. " 2850 " 25¢ sq. ft.+ $2287.50 " 
9115-Conger, Sarah E. RAY 1.02 $250 cost of perm. " 
Drainage Ditch easemt. 1.02 a.+ 
Easement $100 
8784A-Conger, Sarah E. RAT 0.715 $500 per a.t+ 9250+ " 
low bid moving cafe 
(Est 'd $500) 
8784-Conger, Sarah E. R/i 0.867 $500 per a.+ $18.75 " 
9386-Reid, Frank B. " 70,817 sq.ft. ify oc ft. " 
" " 


8802-Walkinshaw, S. A. " 133,733 "" 2 


10303 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Astoria Section, Oregon Coast Hi . 
9303-Clatsop County We aS sq.ft. GRATIS McCallister 
" 


5870-Endicott, J. C. RAW 105 " In exchange for 
Slope Esm't. lands lying outside 
R/V, in Lot 5,Blk.10, 
McClures Add.+ altera- 
tions, etc.,(Est, $128) 


5867-Lum, Evan R/w 4,750 ™ In exchange for 3490 " 
sq.ft., outside R/W 
plus $830. 
5871-Parker, Eben P. R/y 5,000 " Lump Sum for land " 
$3000 + $650 
Gearhart-Seaside Section, Oregon Coast Hi 
9192-Degges, Effie R/V 3,796 sqeft. lf sq. ft. Witt 
g100-Byrd, Nellie RAT 0.76 $500 per acre " 
9101-Smith, Edward R/V 0.11 $1,000 per acre +$240 " 


“Siletz Bay-Newport Section, rayon Coast Highway 
4251-Salway, F. R. T 4.07 $307.12 per acre Witt 


4250-Kuhl, H. L. R/T 1.93 9500 per a.+ $2535 
4248-Kauffman, Marguerite C. R/\i 16,0 $450 per a.+ $7800 n 


Miner Creek-Spencer Creek Section, Oregon Coast 
9332-Atlantic Western Co. RAW 1.53 3tS) + per acre Collins 


Bandon Section, Oregon Coast Highway 


8778-Cotter, S. R. Channel 6607 sq.ft. $0.0092 sq. ft. Gardiner 
Change 
Easement 
87799-Coos County and T.M. Channel 113 sq.ft. GRATIS " 
Lewis Change “smt. 


Tigard ae Paki Aaa Vest 
7002-Caswell, Katherine T 7475 sq.ft. 8 sq.ft. Collins 


0.60 acre $1,000 per acre + $552 


6991-\Washington County R/W¥ Approx.10,000 Lump Sum $75 Martin 
sq.ft. 

Necanicum Junction Section, Wolf Creek and Necanicum 

9133-Lemke, Emil 0.13 GRATIS McCallister 


Davies-Vadis Section, Wolf Creek Highway 

9014-Shipley, Clarence E % 1.12 $1500 Lump Sum Benson 
S. P. Overcrossing, Cascade Tite 

8240-Erickson, James T. i 23 $400 per a.+ $680 Gardiner 
Peyant Hill-Trout Creek Section, Santiam Highway 

j229-Oregon & Western Colon- Quarry 1.15 1 year lease - GRATIS Eason 


ization Co. 


i 


Section, Hwy., and Owner Purpose Acres 


Dee-Parkdale Section, Hood River Highway 
9125-Hill, Calvin Je and iy 0.24 
Hood River County 
9124-Wright, Grace I, and RAW 2.76 
Hood River County 
9123-Severson, Olaf J. R/W 0.51 
9121-Thomas, George H. R/W 0.02 
9120-Hood River County RA 0.08 
9128-Johnson, Oscar RAV 0.95 
9127-Krumenacher, Julius J, R/V 0.94 
9126-Ted Lowe and Fred Maurer R/\/ 0.53 
9122-Oates, George RAW 0.60 
9119-Oregon Lumber Co. RAT 0.77 


Shaniko-The Dalles Section, Sherman Highwa 
8484-Schmidt, Arthur A. and Rit 4.93 
W.W.V.S.A. 


8486-Obarr, Geo, A. 


8487-Cooke, H. A. 
8489-Schmidt, Ernest C. 


Boardman-Stanfield Section, Old Oregon Trail 
8859- » Dan Gravel 10,1 


Pit 


8848-Coffman, Ed and Gerald R/\ 
Coffman 
(Supplemental) 
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Approximate Amounts Agent 


$20 per a. plus $6 Cozad 


$20 per a,+ $61 " 


GRATIS 

Land Gratis + $7.50 
GRATIS 

$75 per a.+ $108.75 
$75 per aet+ $198.50 
$75 per aet $13.25 
$100 per a+ $515 
$100 per a.+ moving 

water tank 


sa2saa2a2s3s2s32 


$10 per a.+ fencing 
$304, 50 

$50 per acre 

$10 per a.+ fencing 
9679 .50 

$10 per a.t+ $252 

$10 per a.+ $118 


5 yr. lease. $50 per 
acre, + $87.50 + $100 
per acre, if erosion 
takes place. 
$80 per acre 
$50 per a,+ $87.50 " 


Landon 


Pendleton-Adams Section, Oregon-\ashington Highway 


9113-Sophie Byers & Fletcher Oil 
Company RAT 


0.058 


GRATIS Landon 


Pendleton Airbase Section, Pendleton Airbase Highwa, 
93( l-Hartung, E. H. R/T 3.50 %70 per a.+ $123.50 Landon 
" 


9300—Gammey, Alexander R/V The) 
(and 0.Jay Brogoitti) 24.3) 


420) 
103.0 


Forest Boun Jones Ranch Section, Ochoco Hi 
9074-Drowatzky, Dora R/W and 32.96 $5 per a.t+ $693 


$70 per acre 

$50 per acre 

$10 per acre, plus 
$1016 


Gardiner 


Quarry 
Catherine Creek-idiles Bridge Section, Medical Springs Highway 


9284-Federal Land Bank and 
Jas, L. Southard 


Quarry 4.02 
Stock Pile 


$18.75+ per acre Williams 
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| Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 
t Days Creek-Milo Section, Tiller Trad Highway 
| 9204-leaver, Clara A. i 0,005 $1.00 Lump Sum McChesney 
‘a 9207-Perdue, Alva " 0.43 950.00 per a.+ $111 " 
} 9200-Raymond, Wallace H. # 1.72 GRATIS * 
et 9209-Widrig, Mandie " 0.35 $50 per a. + $66.50 « 
et} 9208-Culbertson, Gladys " 0.35 g50 per a.+ $71.50 " 
\. 9212-Ulam, P, E. R/W 1.43) g100 per acre " 
& Stock Pile 1.00) $50 per acre 
it 45) $10 per a.+ $283.50 
2,88) 
9287-Ulam, P. E. Gravel Pit- 17.74 $28.185 per acre " 
Haul Road 0.95 $100 per acre + $57.50 
Easement 18.69 
9211-right, J. D. R/T 0.65 20 per a.+ $60 w 
9213-Poole, Delbert N, " 2.00) $110 per acre " 
2.00) $25 per acre 
6.23) $10 per acre + $448 
10.23 
9210-S.ore, Raymond L. " 0.64) $100 per acre " 
0.58) $75 per acre + $263 
1.22 
9304-DeWald, Jennie " 0.28 50 per a,+ 346 " 
9288-Fenn, J. A- Gravel Bar 1.47 528.20 per acre n 
9200-Raymond, Ada Lillie RK! 0.02 550 per a. + $40 " 
9214-Ferguson, Archie N. " 0.6 ) $150 per acre 
0.41) 25 per acre + 392.50 " 
-O1 
Grave Creek-Jump Off Joe Section, Pacific Highwa 
3873-Pinaire, L. C. 0,07 $5.00 Lump Sum for Collins 
land, + $7.50 
8871—Priebs, F. WW. * 0.18 $150.00 per acre sd 
8708-Josephine County " 10.94 GRATIS " 
8707-Sexton, Tarris , " 0.26 $40 per a.+ $7.50 " 
8704-Howard, Gleadowe V, . 6.18 $20 per acre ud 
Warner Mountain-Mud Creek Section farner Highwa: 
9216-Lake County GRATIS Cozad 
Warner Canyon Summit—ifud creck sections 2 aEner Highway 
9118-Lynch, Cornelius i {10 per acre Cozad 
sie’ 
yll7-Warner Mt. Lumber Co. Quarry 5.45 $5 per acre " 
3220-Bradley, Reginald A. RA 2.29 $10 per a. plus 
$230 " 
9217-Lynch, Cornelius R/T 1.35 S10 per acre " 
Cove Park Section, The Dalles-California Highway 
8953-Henske, Minnie Park 88,0 $5 per acre Boardman 


WTS LP ete pe a es eee 
; 


Section, Hwy., and Owner Purpose Approximate Amounts Agent 


East Portlami-Clackamas County Line Section, Pacific Highway East 
9396-lcPherson, G. Je Quarry McCallister 


This is an exchange on a quarry pit, whereby the state is to convey to the 
Housing Authority of the County Court of Clackamas County a tract of land 
covered by deed from Nathan B. Harvey and the First State Bank of Milwaukie, 
to the State Highway Commission, in Section 25, Township 1 South, Range 1 
East, W.iM., Clackamas County, for the price of $850.00. In return for this 
they have secured an option from G. J. McPherson to the State Highway Com- 
mission covering gravel pit and hauling road in that immediate vicinity, for 
the same consideration of $850.00 


The Attorney brought up for discussion the settlement for right of 
way needed for the Wilson River Highway across property owned by Charles 
Bateman, in Washington County. The Commission tentatively approved an offer 
of $5,750 in condemnation for this property, in the event that a satisfactory 
settlement cannot otherwise be reached. The Attorney was instructed to dis- 
cuss the matter further with Mr. William Hare, Hillsboro, attorney for Mr. 
Bateman. (This matter was reconsidered on the following day, at which time 
the Attorney advised that he discussed the matter with Mr. Hare, who stated 
his desire to inspect the premises before making a decision. The Commission 
thereupon confirmed its previous offer to pay $5,750.00 for this property, 
and authorized the Attorney to close the deal at such figure if Mr. Hare is 
satisfied.) 


The Commission adjourned at 10:30 p. m. to reconvene the following 
morning. 


Portland, Oregon, May 9, 1941 


The State Highway Commission reconvened at 9:00 a. m. in the audi- 
torium of the Public Service Building, Present were: 


Huron W. Clough, Commissioner 

Herman Oliver, Commissioner 

R. H. Baldock, State Highway Engineer 
H. B. Glaisyer, Secretary 


Bids as follows for highway construction projects were opened and 
read in conformance with previously published notice, following which Commis- 
sioner Clough, Acting Chairman, announced that the award of contracts would 
be made at 3:00 p. m. in the same room: 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Prairie City-Dixie Summit Section, John 


8884-Meador, George T. 1.97 O per a. + $191.60 — 
on 
8879-Deardorff, Nettie and R/V 0,08 $100 per a.# $9.50 Landon 
Cora Buchanan + moving bldg. (Est. 
at $130.50) 
8882-Forrest, Orrin RAW 0,25) $100 per acre 
6.3 $10 per a.+ $462.80 " 
7.64 
8886-Horrell, John H.. RAW 0.61 $20 per a.+ $41.40 " 
Long Creek- tion eton- 
91l1—Hewitt Co. i 1.94 15 per a. + $87.77 Gardiner 
9109A-MecGirr, Frank B. R/i 0,10 $25 per a.+ moving Landon 
fence 
Hanley Lane Section, Frenchglen Highway 
9285-Hotchkiss, Harley S. Gravel 10.67 $10 per a.+ fencing Landon 
Pit 
Front Street Project-Columbia Street South (Portland), Pacific Hi West 
8248-hite, Nora, Estate R/W 8,625 sq.ft. $1,600.00 McCallister 
8731-Harr, Ellen " 5,325 ” 1,331.25 a 
8247-Coursen, Francis A. " 4,189 * 700,00 " 
9080-Green, Mary L. " 12,200 " 2,100.00 " 
9388-Sunset Fuel Company . 4,800 " In exchange for prop- " 
erty in Lot 1,2,3,4, 
Blk. 8, lying outside 
» + $100 
9389-Leppert, Wm.H. and " 20,000 " 4,800.00 " 
Ruth WN, 
9390-Weisgerber, Edwin H. " 3,70 " 3,625.00 " 
9391-Best, Hattie L. * ss *® 74.00 bi 
9392-Willman, Rosalie S, " 30,200 " 4,400.00 " 
9393-—Jones, L. L. and Son " sso. Co In exchange for which " 
state is to convey 
strip of land 50 ft. 
in width, lying out- 
side R/W, + $200 
8564-Harrington, Frances G. " 10,650 "* 8,500.00 # 


Vadis-Gardner Ranch Section, Wolf Creek Highwa 
6542—vashington County RA >6 $600 Lump Sum Benson 


Da nch Section, Tiller-Trail Highwa: 
9210-Spore, Raymond L. VW 0.39 $125 Lump Sum ueChesney 
9201-Hill, C. C. " 0,03 $100 per a.+ $20 " 


9206-School Dist.#15 and " 165 sq.ft. 1f sq.ft. + 948.35 " 
Union High School #10 


AIRPORT SECONDARY HIGHWAY 
PENDLETON AIRPORT HIGHWAY SECTION 
GRADING, SURFACING AND BITUMINOUS MACADAM 


Oneal « $53,885.00 


Papin 55,794.00 
O'Neil & Son 66,598.60 


WOLF CREEK HIGHWAY 
WEST DAIRY CREEK BRIDGE 


$7,982.25 
8,644,00 
25 266.45 


County Judge Nelson B. Higgs, Harney County, was present and dis- 
cussed briefly with the Commission the matter of the improvement of the City 
of Burns Section of the Central Oregon Highway. He was informed that it is 
planned to do this work with state forces as soon as there is a crew available 
in that vicinity. 


The Commission discussed a letter from lir. George H. Jenkins, Coos 
County Agriculture Agent and Secretary of the Land Use Committee of Oregon 
State College Extension Service, in which the Commission is requested to con- 
sider the construetion of dikes and the installation of tide boxes instead of 
bridges at Shingle House Slough, Southport Slough, Davis Slough, and other 
points, when and if the Oregon Coast Highway is reconstructed between Marsh- 
field and Coquille. He advised that in the minds of the committee members, 
the installation of dikes and tide boxes would make it possible to reclaim 
several hundred acres of land which would be excellent for agricultural use 
if properly drained, would increase agricultural income, and would add prop- 
erty to the tax rolls of Coos County. The Engineer recommended approval of 
this request, predicated upon the property owners involved paying the actual 
cost of the t%de gates, and organizing a district having power to contract 
with the Highway Commission for the maintenance of the gates. The Commission 
approved his recommendation unanimously, with the understanding that the State 
Highway Department would assume the responsibility of securing necessary per- 
mits from the United States War Department. The Commission ordered that the 
matter be covered by appropriate agreement. 


In this connection, the Commission also discussed a letter from Mr. 
Ben Flaxel, District Attorney of Coos County, in regard to the construction 
of a tide box at North Slough, about one mile southwest of the highway bridge 
over North Slough, at Hauser, so as to reclaim some 340 acres of land, Mr. 
py alleged that a dike and tide gate constructed at this point would be 
of benefit to the state highway, because it would eliminate the necessity for 
the existing state's tide gate and trestle, at North Slough, and would save 
the state considerable expense in maintaining such gate. The Engineer advisal 


% 


Dee iapey ances eS ate minis peMimets” 
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WOLF CREEK HIGHWAY 
VOLLMER CREEK AND NECANICUM JUNCTION SECTIONS 
GRADING, SURFACING AND BITUMINOUS MACADAM 


Using Asphalt * Using Tar 
Babler Bros. --- $33,587.50 


TILLER-TRAIL SECONDARY HIGHWAY 
DAYS CREEY-WRIGHT RANCH SECTION - GRADING, SURFACING AND OILING 


E. L. Gates $47,651.15 
C. J. Eldon 49,835.05 


UMPQUA HIGHWAY 
DEAI] CREEK-PARKER CREEK ROCK PRODUCTION 


A. S. Wallace $35,998.00 
Umpqua River Navigation 43,811.00 


NORTH UMPQUA COUNTY ROAD 
OAK CREEK-MARKS RANCH SECTION 
GRADING, SURFACING, OILING AND BRIDGE 


E. L. Gates $65,681.75 


PENDLETON-JOHN DAY, BEECH CREEK, AND JOHN DAY HIGHWAYS 
MOUNTAIN REST-MT. VERNON AND BUTTE CREEK-SERVICE CREEK SECTIONS 


OILING 
J. C. Compton $14,635.26 
R. 0. Dail & Warren Bros. 16,097.25 
Norris Bros. 16,883.00 
A. Milne 19,283.00 


FRENCHGLEN SECONDARY HICHWAY 
HANLEY LANE SECTION - GRADING, SURFACING AND OILING 


Norris Bros. $74,332.00 
E. L. Rigdon 9,643.00 
M. Le O'Neil & Son 81,455.75 
J. C. Compton 89, 105,00 


PACIFIC HIGHWAY 
EUGENE OVERCROSSING-7TH AVENUE SECTION - GRADING AND PAVING 


E. C. Hall Co. $70,851.00 
Ed Walder 95,089.10 
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the driveway and parking area at the Bonneville Fish Hatchery for the conveni- 
ence of the many visitors to this place, the cost thereof to be paid with 
state highway funds, because the Fish Commission has no funds available. The 
Attorney advised that the Commission has legal authority to spend state money 
for this project if it so desires, in view of the fact that the property is 
state owned. ‘The Engineer estimated that the work would cost about $1500.00. 
The Commission approved the expenditure, 


A letter was presented from the City of Central Point requesting 
the elimination of a dangerous curve on the Pacific Highway, at the north 
city limits of Central Point; also requesting the construction of a nonskid 
surface on the Pacific Highway, from Central Point to Gold Hill. The Engi- 
neer pointed out that the Commission has plans to construct a major line 
change in the Pacific Highway, in the vicinity of Central Point, which will as 
do away with the curve mentioned by the city, and in his estimation it will Fs 
be wasteful to spend money for any improvement that would ultimately be in- - 
cluded in the major project. He recommended the request be denied. The Com- ae 
mission approved the recommendation, The Engineer also pointed out that the if 
Highway Commission is now placing a nonskid surface on a portion of the Cen- ; 
tral Point-Gold Hill Section, so the city's request in that respect is at i 
least nartially under way, The Secretary was instructed to so inform the | 
city. "| 


Letters were presented from the Union County Court and the La Grande 
Commereial Club requesting the oiling of the Hunter Lane County Road, north 
of Island City. The Engineer advised that the Commission has already approved 
this project for federal aid secondary highway funds, and that request has 
been made of the Public Roads Administration for the approval of the same in 
the 1942 program, He requested authority from the Commission to advertise 
the project for bids to be received at the June meeting of the Commission, if 
federal approval has been secured. The Commission approved the request. * 


A resolution was presented from the Reedsport Chamber of Commerce | 
urging the immediate construction of the Reedsport-Scottsburg Section of the 
Umpqua Highway, Douglas County. The Commission denied the request for im # 
mediate construction, due to lack of funds to finance it; however, instructed LS 
the Secretary to inform the Chamber of Commerce that the Commission will keep 
the project in mind in the formulation of future construction pregrams. 


A letter from Frank Z. Howard, County Engineer of Klamath County, 
regarding the improvement of South Sixth Street, Klamath Falls, and request- 
ing the improvement of state secondary highway No. 420 (Midland Secondary 
Highway), had the attention of the State Highway Comaission., The Commission 
deferred action on the Sixth Street Project until later. The Engineer ad- bj 
vised that the unoiled portion of the Midland Secondary Highway is 3.8 miles 4 
in length and that to surface and oil this unit would cost about $20 ,000 ; . 
further, that to rebuild the entire road would cost about $65,000. He rec- 
ommended approval of the 20,000 project and suggested, as a means of financ- 
ing the same, the transfer of 15,000 of federal aid secondary highway funds 
from the Buck Hollow Section of the Sherars Secondary Highway, inasmuch as 
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that this matter has been investigated by Division Engineer Lytle, who ascer~ 
tained that the estimated cost of the dike and gate is between 5,000 and 
$6,000, of which amount it is likely that the Dike District will ask the state 
to contribute from $1,000 to $1,500, although he is not able to get anyone to 
make a definite commitment in that regard. Mr. Lytle also stated that in his 
estimation the dike and tide gate will be of material benefit to the state be~ 
cause it will permit the shortening of the trestle at North Slough Bridge, 
which consists of twenty 19-foot spans and one 40-foot hinged span, from 420 
feet to 120 feet, which trestle is now costing the state about $1.59 per foot 
annually to maintain. This matter was discussed by the Commission at some 
length, but action thereon was deferred by the Commission pending an addition- 
al report from the Engineer to clarify a number of questions that arose, 


A letter was presented from Mayor F, R. Bowersox, Monmouth, request- 
ing the oiling or paving of Knox Street (route of the Pacific Highway West), 
in Monmouth, from its intersection with Main Street southerly a distance of 
one block to Clay Street, full width between curbs. The Engineer estimated 
that such improvement would cost about $2,600, including the grading, surfac- 
ing, construction of oil mat, and a 12-inch sewer with catch basins. He rec- 
ommended approval of the request. The Commission approved the recommendation, 
and ordered that the work be done with state forces. 


The Commission discussed a petition from residents of Gold Hill and 
vicinity, in which request was made for the construction of lavatory facili- 
ties at Birdseye Springs State Park situate adjacent to the Pacific Highway, 
about twelve miles south of Grants Pass. The Commission denied the request 
as a matter of policy, previous experience having revealed that it is uneco~ 
romical to maintain such facilities in the roadside park areas. 


The Secretary presented a letter from C. F. Lange, requesting the 
surfacing and oiling of the unoiled section of the Farmington Secondary High- 
way, in Washington County. The Engineer advised that this is a meritorious 
project, but would cost about $30,000, and there are no funds in sight with 
whieh to finance it. The Commission thereupon denied the request; however, 
agreed to consider it in the formulation of the next construction program. 


The Engineer reported that the Work Projects Administration has 
disapproved the proposed Tongue Point WPA Project at Astoria, because of the 
high WPA nonlabor cost, which amounts to $75.59 per-man month, although in- 
dications are that a proposal that would require only $15.00 per-man month, 
for WPA nonlabor cost, would be approved. Under such a setup, he said, the 
state would be required to pay approximately $130,000, which in his estima- 
tion is not justified. He advised that, according to the original proposal, 
the state's share of the expense would be about $60,000. He suggested that 
the Highway Commission withdraw its offer of cooperation under the original 
proposal, if the WPA will not accept the state's contribution of $60,000, 
provided in the original proposal. The Commission voted unanimously not to 
contribute more than $60,000 toward the cost of this work. 
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The Commission discussed a letter from Mr. John ©. Veatch, Chairman 
of the State Fish Commission, in which the Highway Commission is asked to oil 
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to finance the installation, so if the Commission approves them, they will 
have to be paid for with state funds. Investigation reveals, he said, that 
traffic signals are not absolutely needed, and that flood lights would serve 
the purnose very satisfactorily. He recommended installation of flood lights 
at the two highway intersections, provided the railroad company will pay one- 
half of the cost of installing them, and the city will furnish the electricity 
free of cost for operating them. The Commission approved the recommendation. 


The Engineer requested authority to conduct a definite location 
survey for the Havana-Helix railroad grade crossing, in Umatilla County, The 
Commission approved the request, and also authorized the Engineer to submit 
the matters to the Public Utilities Commissioner for a hearing. 


The Engineer brought up for discussion the matter of installing a 
new wooden water pipe line at Scappoose, necessitated by reason of the im- 
provement of the Columbia River Highway at such place. He said that the high- 
way improvement will cover over one of the city's existing water mains, which 
is about eighteen years old, and that an agreement was reached with the city 
officials for replacement of this old main with new pipe, same to be installed 
in a location outside of the proposed pavement area, and that the city has 
agreed to pay 75 per cent of the cost, or about $750.00, the state's hare 
being estimated at (250, The state is to pay the entire cost in the first 
instance, and the city is to reimburse the state later for its share, when 
the work has been done, After discussion, the Commission approved the ar- 
rangement, and thereupon signed an agreement with the city covering the matter, 


The Engineer reported that, in accordance with authority previously 
granted him by the Commission, he awarded to contractor Roy L. Houck, on April 
11, 1941, the contract for grading and paving the Onion Flat Section of the 
Pacific Highway West, in Washington County, Mr. Houck's bid being the low bid 
received for such work on April 4, 1941, and the conditions of the award hav- 
ing been satisfied. The Commission by unanimous vote confirmed the award of 
this contract, as reported. 


The Commission discussed the matter of truck hauling of logs through 
the Elkton Tunnel, on the Umpqua Highway, Douglas County, and decided, in view 
of the fact that this tunnel is more than 1,100 feet long, is not lighted, and 
has curves at each end, to require the flagging of all loads of logs that are 
transported therethrough—-one flagman to be stationed at each end of the tun- 
nel, and each to be in communication with the other by means of a buzzer sys- 
tem. It shall be the duty of the flagmen to prohibit the use of the tunnel 
by other traffic, when the tunnel is occupied by a truck load of logs, and 
other traffic shall not be allowed in the tunnel until an appropriate signal 
has been given by the flagmen that the tunnel is free and clear of loaded 
logging trucks, The Commission referred this matter to the Engineer and the 
Secretary to work out the details. The Commission approved the requirement 
that all loads of logs passing through this tunnel shall be lighted with a 
special red lantern, on the left side, and at the rear of the load, in addi- 
tion to the regular truck lights, pending formulation of the new rules and 
regulations. 
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the federal authorities will not approve an expenditure of federal aid second- 
ary funds for the improvement of this road, After discussion the Commission 
approved the recommendation, and authorized an expenditure of state funds in 
the amount of $5,000, to make up the difference. 


A resolution was presented from St. Helens Aerie 2153, FOE, request- 
ing the immediate widening and straightening of the Lower Columbia River High- 
way, from St. Helens to Astoria. The Commission denied the request, because 
it considered that the time is not propitious to undertake such improvement, 
and for the further reason that there are no funds available with which to 
finance it. 


The Commission discussed and ordered filed two letters from the 
Eastside Commercial Club, Portland, in one of which the Commission is urged 
to designate and improve as a state secondary highway the Base Line Road, 
Portland, from Union Avenue to the Sandy River Bridge crossing, and particu- 
larly to widen the section east of the Barker load junction; and in the other, 
to improve 39th Avenue, Portland, as a state highway route. 


The Commission discussed and approved an expenditure of $2,100, for 
oiling the rock shoulders adjacent to the highway pavement on the Redwood High- 
way, through the town of Cave City, Josephine County; the work to be done this 
sumer with state oiling forces, when operating in that vicinity. 


A request was presented from the Chamber of Commerce of The Dalles 
for the construction of a sidewalk along the Columbia River Highway, in front 
of the city's natatorium and chamber of commerce building, at the west limits 
of The Dalles, The Engineer estimated the cost at about $700, and recommended 
approval of the expenditure, on account of the large volume of pedestrian and 
bicycle traffic which, under present conditions, is using the highway pavement 
going to and from these places. The Commission approved the recommendation. 


The Engineer reported the cost to install a lighting system in the 
Arch Cape Tunnel, on the Oregon Coast Highway, Tillamook County. He estimated 
the cost of installing the facilities at $17,000, and the operating cost at 
about $200 per month, and recomended approval of the expenditure in the inter- 
est of providing greater safety for the traveling public. He also recommended 
a similar installation in the Elkton Tunnel, on the Umpqua Highway, Douglas 
County. The Commission approved both installations. 


Reconsideration was given by the Commission to the request of the 
City of Corvallis for the installation of traffic signals at ten street inter- 
sections, in Corvallis, which are crossed by the Southern Pacific Company's 
tracks on Sixth Street, particularly a recent letter from the Corvallis City 
Attorney on this subject, in which he advises that several accidents have 
recently occurred at some of these crossings, and the city council is anxious 
that the traffic signals be installed, particularly at Sixth and Van Buren 
Streets, and at Sixth and A Streets, which are on state highway routes, The 
Engineer advised that only tio of the ten crossings are on the state highway 
route, also that there are no federal railroad grade crossing funds available 


10316 


After discussion the Commission modified its previous requirements 
as follows: sign racks may be installed at state highway entrances into all 
cities and towns having a population of 400 or more provided there are three 
or more eligible organizations desiring representation on the racks. No 
racks are to be installed containing less than three panels. The Commission 
removed the limit of seven as the number of panels that may be installed on 
any one rack, and authorized additional panels, if, in the judgment of the 
Engineer, they may be installed without interfering with the highway main- 
tenance or with the general public safety, The Commission thereupon approved 
the request of the City of Weston, if it can meet the Commission's require- 
ments. 


The Engineer requested authority to advertise for bids the widening 
of the Oak Creek Bridge at Corvallis, which work is estimated to cost $8,000. 
He explained that the Commission previously approved such expenditure as one 
item in the betterment budget for 1941 to ve done with state forces, but in 
his estimation it would be better to have the work done by contract. The 
Commission concurred, and thereupon approved the request. 


The Commission approved the settlement of its claim against Swift 
and Company, in the amount of (387.56, for repairs to highway equipment that 
was damaged in a collision with a truck owned and operated by the company, 
and authorized the Attorney to accept payment of such sum from the company, 
and to sign a receipt for the same. ’ 


The Engineer reported that travel over the Cascade Secondary High- 
way, between Silverton and Portland, is increasing rapidly, and there have 
been a number of traffic accidents at road entrances. It was his thought 
that accidents could be avoided if this highway were designated a through 
highway, thereby requiring all traffic to stop before entering the same. He 
recommended appropriate action by the Commission to that effect. The follow- 
ing resolution relative thereto was adopted by the Commission by unanimous 
vote: 


WHEREAS, that certain highway known as the Cascade High- 
way, and otherwise designated as Secondary State Highway No. 160, 
is a duly established state secondary highway; and 


WHEREAS, said highway connects with the Silver Creek 
Falls Highway No. 163 and the Hillsboro-Silverton Highway No. 140 
in Silverton and connects also with the Columbia River Highway at 
82nd and Sandy Boulevard in Portland; and 


WHEREAS, because of the importance of said highway and 
the volume of traffic which now moves thereover said highway should 
be, in the opinion of the Highway Commission, designated as a main- 
traveled or through highway; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
Highway Commission, a majority being present and affirmatively 
voting, as follows: 
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The Engineer reported completion of the repairs on all of the bridg- 


es on the Tiller—Trail Secondary Highway No. 230, between the Douglas-Jackson 
County line and Trail, and recommended the lifting of the 8-ton load limit for 
which these bridges have heretofore been posted, The Commission approved the 
recommendation, and by unanimous vote adopted the following resolution in re- 


gard 


for 


thereto: 


WHEREAS, on the 27th day of September 1932, at a meeting 
of the State Highway Commission, all members being present and par- 
ticipating, the Commission passed and adopted a resolution ordering 
a reduction of the maximum permissible load limit on certain state 
highway bridges, including the following, to-wit: 


TILLER-TRAIL SECONDARY HIGHWAY NO. 230 


All bridges from Douglas-Jackson County Line 
“eo Trail =. ¢ : ° ° 8 tons 


and 


WHEREAS, subsequent to the passage of said resolution the 
said above-named bridges have been repaired so that it is no longer 
necessary or desirable to maintain the reduced load limit set out in 
said resolution; 


NOW, THERDFORE, BE IT RESOLVED that the action of the State 
Highway Commission reducing the maximum permissible load limit on the 
following bridges, to-wit: 


TILLER-TRAIL SECONDARY HIGHWAY NO. 230 


All bridges from Douglas-Jackson County Line 
to Trail 


be and the same hereby is rescinded and vacated as of this date, and 
the maximum load limit permissible on the said bridges shall here- 
after be the maximum load limit provided by law. 


IT IS FURTHER ORDERTD that certified copies of this resolu- 
tion be furnished to the county clerk of Jackson County, in which 
county said bridges are located, and to the Superintendent of the 
Department of State Police for his information. 


The Secretary reported a request from the ‘Jeston Chamber of Commerce 
the installation of standard service club sign racks at the entrances of 


state highways into eston, He pointed out that the population of Weston is 
considerably less than the 700 limit established by the Commission as a basis 


for 
time 


the installation of such racks, and that so far as is known at the present 
there is only one organization in ‘/eston that is eligible for represent- 


ation on the racks. 
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Koblenzer Brothers, operators of the Oceanview Auto Camp, adjacent 
to the Oregon Coast Highway, midway between Gold Beach and Port Orford, came 
before the Commission in regard to the construction of a private roadway ex- 
tending from their campground to the ocean shore line, which roadway will 
cross certain property which the state has under option for use as right of 
way for a proposed revision of the Oregon Coast Highway at this point. They 
stated that the state secured its option for this right of way in 1937, but 
has not closed it, because title was not clear; also, that they realize that 
their campground will be destroyed when the new highway is built, but in the 
meantime they want to give their patrons an opportunity to drive down to the 
beach if they so desire. Accordingly, they are asking the Highway Commission 
for permission to maintain a temporary roadway across the property on which 
the state has the option. The Commission questioned its authority to grant 
such permission over proserty which the state does not own. However, after 
considerable discussion, the Commission agreed to enter into an agreement 
with Keblenzer Brothers to the effect that such privilege would be granted 
as soon as the state has secured title to the new right of way, it being 
understood that Koblenzer Brothers would immediately abandon the roadway 
upon being advised by the Commission so to do. The Engineer was instructed 
to have the Attorney prepare an appropriate agreement covering the matter, 
in accordance with such decision. 


The County Court of Linn County, represented by County Judge J.J. 
Barrett, County Commissioners H. A. Renninger and Claude G. Smith, and County 
Engineer W. VW. Larsen, was present. They asked the Commission to designate, 
as a state secondary highway, the county road known as the Airport Road,which 
extends from the Pacific Highway East, north of Albany, to a connection with 
the Santiam Ilighway, east of Albany. They also asked for the oiling of the 
county road from Albany to Browmsville, and urged its improvement this year 
as a federal aid secondary highway project. A further request was for the 
designation, as a state secondary highway, of the county road between Mehama, 
in Marion County, via Lyons to Hill City. They declared this to be the coun- 
ty's first choice of secondary highway designations, in Linn County, and the 
Airport Road to be their second choice. The Court was informed that the Conm- 
mission is not in nosition to oil the Albany-Brownsville Road this year, be- 
cause it has not as yet been approved as a federal aid secondary highway. 
However, the Engineer was instructed to investigate the road, to ascertain 
what it would cost to do the work, As to the other two projects, the Engi- 
neer was instructed by the Commission to investigate them, and report whether 
or not they qualify for designation as state secondary highways, and to par- 
ticularly investigate the matter of right of way widths and encroachments. 
Judge Barrett advised that all of the right of way is not full 60-foot width, 
but the county could acquire the necessary width by appropriate resolution. 
After further discussion, the Engineer was instructed to prepare the customary 
resolutions for the county to adopt, requesting the designations, for consid- 
eration at the next meeting. It was suggested to the county court that .t 
take no action with respect to acquiring the extra right of way until the 
Commission has decided definitely whether or not to place these roads on the 
state secondary highway system. 


10317 


1. That the Cascade Highway, otherwise designated as 
Secondary State Highway Ilo. 160, from its connection with the Sil- 
ver Creek Falls Highway and the Hillsboro-Silverton Highway in Sil- 
verton to its connection with the Columbia River Highway at 82nd 
and Sandy Boulevard in Portland, be and said highway hereby is des- 
ignated and declared to be a main-traveled or through highway. 


2. That the Highway Engineer be and he hereby is in- 
structed to place along said highway at all points where roads or 
highways intersect the Cascade Highway appropriate signs or markers 
notifying the drivers of vehicles to stop before entering or cross- 
ing the said Cascade Highway, The Engineer is further instructed 
to place such sixns or markers as nearly as practicable at the place 
where said cross or intersecting road or roads meet the prolongation 
of the nearest property line of such through highway, and the place 
or places where such signs are installed shall designate to the 
drivers of motor vehicles entering said through highway from any of 
said cross or intersecting roads the place where the stop shall be 
made. 


3. This resolution shall be entered in the minutes and 
records of the Commission as of the ninth day of Nay, 1941, and a 
duly certified copy thereof delivered to the Public Roads Adminis- 
tration and a copy to the County Court of Marion County and a copy 
to the County Court of Clackamas County. 


A letter was presented from contractor Homer G. Johnson requesting 
relief from payment of the full amount of the pénalty assessed against him 
for failure to complete his contract, No 2324, for grading, surfacing and oil- 
ing the Prineville Section of the Ochoco Highway, in Crook County, within the 
\ specified time limit, Mr. Johnson states that the time limit to complete this 
\ job was unreasonably short for a job requiring so many types of construction, 
and such a coordination of the various steps which necessarily occasioned loss 
of time, The Engineer advised that the penalty, which consisted of extra en- 
cineering expense incurred by the state subsequent to the expiration date 
specified in the contract, amounted to 4506.19, and there is some justifica- 
tion for Mr. Johnson's contention that the actual increase in engineering ex- 
pense was not more than 50 per cent of that assessed, He recommended a 50 
per cent reduction in the amount of the penalty. The Commission approved the 
recommendation, and so ordered, 


et a Ne A SO 


For similar reasons the Engineer aleo recommended a like reduction 
in the penalty, amounting to 125.90, assessed against contractor Porter W. 
Yett for failure to complete, within the specified time limit, contract No. 
2220, for grading and paving the ‘/arren-Scappoose Section of the Columbia 
River Highway, in Columbia County. The Commission approved a 50 per cent re- 
duction in the penalty. 
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a 60-foot right of way north of Dean Creek at j19,000. Cost of construction 
on 80=foot right of way, he said, is about $55,000, compared with $42,000 on 
a 60-foot right of way. Mr. Buffington urged the Commission to adopt a per- 
manent line through Gold Beach as soon as possible, and gave as his thought 
that the people of Gold Beach would be satisfied with such designation, not- 
withstanding that construction would be deferred for some time. He suggested 
that a right of way 60 feet wide would be satisfactory for many years. The 
matter was discussed at some length, but a decision was deferred until Chair- 
man Cabell is present. 


The County Court of Lane County, represented by County Commissioners 
W. J. Holland and Allen P. Wheeler, and County Engineer P. M. Morse were pres- 
ent, They inquired as to the Commission's plans for the construction of an 
overcrossing on a section of the secondary highway between Eugene and Veneta, 
and were informed that such project is in the program, but the Commission is 
not able to proceed with the work until the Public Utilities Commissioner's 
hearing on the railroad crossing matter has been held. 


The County Court also inquired as to the Commission's plans for 
oiling a section of the Territorial Secondary Highway, in Lane County, and 
urged the oiling of the Veneta South Section, as the county's preference for 
the first moneys available. They were informed that when the Commission dis- 
cussed this matter with the county court at a previous meeting the court was 
told that the Commission had budgeted {20,000 for this highway, and it was 
thought at the time that the work would be in Lane County. However, subse- 
quent investigation revealed that the money was allocated to the Benton County 
end of the highway, from Monroe south, and the Commission does not feel in- 
clined to change this allocation. The Commission expects, however, to spend 
some money on the Lane County Section as soon as it can spare the funds. 


The County Court also discussed briefly with the Commission matters 
pertaining to the construction of the "Route F" Highway, but no action was 
taken thereon. 


The Commission discussed a request from Mrs. W. S. Pratt, Milwaukie, 
for permission to transport directly across the Pacific Highway East, in the 
town of Milwaukie, one load of piling having an overall length of 132 feet. 
The Commission autherized the movement subject to the condition that it is 
properly flagged to safeguard traffic, and provided insurance in the custom- 
ary amounts is furnished. 


The Commission adjourned at 12:00 noon, and reconvened at 1:30 p.m. 
in the same room with the same persons present and participating. 


Mr. and Mrs. BE. L. Philpott, Port Orford, came before the Commis- 
sion in regard to the improvement of the Oregon Coast Highway at Port Orford. 
They advised that they operate a tourist camp overlooking the ocean adjacent 
to the existing highway, and, according to information available to them, the 
new highway is to be constructed on a high fill, between their camp and the 
ocean, and if that is true their view of the ocean will be entirely cut off. 
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Mr. H. B. Roadman, County Commissioner of Douglas County, was pres~- 
ent and reported that the county has acquired right of way for a relocation 
of the North Umpqua Highway between Oak Creek and Marks Ranch so, insofar as 
the right of way is concerned, the state can proceed with the construction of 
this section as soon as it desires. He filed with the Commission a copy of 
the county's right-of-way resolution covering the matter. 


ir. Roadman also reported that the county has secured an option to 
purchase from R. T. Blakley a gravel bar in the North Umpqua River along the 
North Umpqua Highway, being situate particularly in the East Half (BS) of Sec- 
tion 15, Towmship 26 South, Range 4 West, W. li. He said that there are 12.14 
acres in the gravel bar, and that the county is paying $3,000 for the same, 
including right of way for a hauling road and certain right of way for the 
North Umpqua Highway. He asked the Commission to contribute 1,000 of state 
funds toward this expense and offered in behalf of the county to give the 
state a 20-year lease to the use of the gravel bar, which, he said, is the 
only gravel bar in this vicinity. Furthermore, he said that the county will 
be glad to let the state use any of its gravel bars and quarry sites at any 
time, without cost. He filed with the Commission a certified copy of the 
option obtained from lir. Blakley for the purchase of this property. The Com- 
mission deferred a decision in the matter pending advice from the Attorney 4s 
to whether or not the Commission has legal authority to spend state funds for 
such purpose, and pending consultation with Chairman Cabell, 


Mr. Roadman advised that the county is now engaged in several right- 
of-way condemnation cases, and inquired whether or not it would be possible 
to secure the services of the Ceuission's Attorney to help out in the matter. 
The Commission approved the requ: +, if the Attorney has sufficient time to 
give to this work without inter.«ving with his regular duties. 


Mr. Orris Knapp, Port Orford, and his attorney, Mr. Collier H, Buff- 
ington, Gold Beach, were present regarding right of way required from lir.Knapp 
for the improvement of the Port Orford South Section of the Oregon Coast High- 
way, in Curry County. The highway location crosses Mr. Knapp's property, con- 
sisting of four acres of land, and passes directly through the Knapp Hotel 
situate thereon. Mr. Knapp stated that he originally asked $15,000 for this 
property, but the Commission refused to pay more than $10,000, so he has since 
reduced the price to $12,500. Mr. Buffington suggested that ‘perhaps the state 
does not need the entire four acres, and would let Mr, Knapp retain some of 
the property, which he might utilize for business purposes. The matter was 
discussed at some length, but a decision was deferred until the afternoon 
session, The Engineer was instructed to ascertain in the meantime whether or 
not the entire four-acre tract is needed for the highway improvement. (Mr. 
Buffington reappeared before the Commission at 1:30 pm.) 


The Engineer brought up for discussion at this time the matter of 
width of right of way for the proposed improvement of the Oregon Coast Highway 
through the town of Gold Beach. He estimated the cost of right of way 80 feet 
wide throughout the entire project at $47,000, and 60-foot right -f way at 
about $5,000, and the cost of an 80-foot right of way south of Dean Creek and 
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The Commission had under discussion the matter of naming the Devils 
Fork Bridge, on the “filson River Highway, in Washington County. The Commis- 
sion approved the naming of this bridge "Graham Bridge", in honor of Mr.Loyal 
M. Graham, Forest Grove, in view of Mr. Graham's efforts during the past 
twenty-five years in behalf of the good roads' movement in this state. 


The Commission approved by unanimous vote the purchase of the fol- 
lowing equipment through the State Board of Control, in conformance with the 
usual practice: 


6 pickup trucks for use of weighmasters. Estimated total 
cost $3,600. 


1 coupe, Ford or Chevrolet type, for use of Supervisor of 
Weighnasters. Estimated cost 9750. 


2 pickup trucks for use of State Parks Superintendent. 
Estimated total cost ‘1,200. 


1 buzz saw for use of Parks Department, in Silver Creek 
Falls State Park, Estimated cost .)300, 


1 power lawn mower for use in Silver Creek Falls State Park, 
Estimated cost 4300. 


The Commission considered and denied a request from the Petroleum 
Heat and Burner Company of California for permission to operate truck and 
trailer equipment, 52 feet overall in length, over the Pacific Highway, be- 
tween the California state line and ifedford. 


The Secretary presented copies of vouchers prepared by the Secre- 
tary of State covering payment by him from the state highway fund of the 
following claims as authorized by the 1941 Legislature: 


Claim of Baker County, in the amount of $1,982.75, for repay- 
ment in connection with a certain judgment against Baker County, in 
favor of the Sumpter Valley Railroad Company, for damages which the 
company has suffered as a result of a railroad wreck, allegedly 
caused by failure of the state and the county to properly maintain 
the state highway which parallels the company's tracks. 


Claim of i. L. O'Neil & Sons, contractors, Eugene, in the 
amount of (9,746.13, being the amount of a bid deposit submitted 
in connection with state highway contract work, which bid deposit 
was forfeited by failure of this contractor to enter into the con- 
tract agreement covering the work. 


The Commission took no action on these claims, in view of the fact 
that the Legislature had authorized payment of the same. 
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They asked the Commission to fill in their property to a level with the new 
highway, except the space directly under the cabins, and in any event to fill 
in this property within two or three feet of the level of the highway, so that 
occupants of their cabins can have a clear view of the ocean. After discus- 
sion, the Engineer was instructed to make an investigation of the premises to 
determine how much it will cost to fill in the property and to move and re- 
establish the cabins. The Attorney was instructed to advise the Commission 
of its legal responsibility. Both reports are to be rendered as soon as pos- 
sible. 


Messrs, Orris Knapp and Collier H. Buffington reappeared before the 
Commission in regard to right of way that is needed for the Oregon Coast High- 
way across the Knapp property at Port Orford. The Engineer reported that a 
study of the plans for this improvement has been made since the morning con- 
ference and it has been ascertained that the improvement will require all but 
a very small parcel of Mr, Knapp's foureacre tract, such small parcel being 
125 feet by 125 in dimension, and located on the north side of the highway. 
Mr. Knapp then stated that he would allow the state a credit of 4500, if per- 
mitted to retain this small parcel, thereby reducing his previous offer from 
411,250 to $10,750. The matter of whether or not Mr. Knapp had previously 
offered his place for $5,000 was mentioned, Mr. Knapp stated that he has 
never offered his property for sale for such amount, although he did offer to 
sell it in 1937 for %15,000; he also said that he receives $900 a year rental 
for the hotel, and that out of such sum he is required to pay taxes, insur~ 
ance, et cetera, and to keep the premises in good condition. The Commission 
took no definite action on the matter, preferring to consult with Chairman 
Cabell relative thereto before rendering a decision, 


A letter was presented from C. J. Eldon, contractor, Portland, who 
submitted a bid at the morning session for construction of the West Dairy 
Creek Bridge, in Washington County, in which letter lir. Eldon states that he 
inadvertantly entered a unit bid of $16 per lineal foot on Item No, 4, for 
furnishing untreated piling, whereas he really intended to bid only $0.16 per 
lineal foot, and in view thereof he asked the Commission to reconsider his 
bid, The Commission denied the request as a matter of policy. 


The Commission discussed a letter from the City of Silverton, re- 
questing the services of an engineer from the State Highway Department to 
prepare plans and specifications for a new bridge across Silver Creek, in 
Silverton, to replace one that recently collapsed. The Engineer estimated 
that the cost would not exceed 350 and recommended approval of the request. 
The Commission approved the recommendation. 


A request was presented from the Oregon Lumber Company for relief 
from its obligation to maintain a flagman on the Austin-Spur Section of the 
John Day Highway, where it is crossed by the company's logging trucks. The 
Engineer recommended approval of the request inasmuch as the sight distance 
at the point of crossing is long in both directions, and highway traffic for 
the most part is local, consisting principally of employees of the company 
who are very familiar with the company's operations. The Commission approved 
the discontinuance of the flagmen at the Austin-Spur crossing, but not at the 
John Day Highway crossing. 
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The Engineer discussed with the Commission the proposed improvement 
of the Fulton Canyon-Locust Grove Section, of the Fulton Canyon-Wasco County 
Road, in Sherman County. He recalled that the 1941 federal aid secondary 
highway program contained an item of »15,000 for grading and surfacing this 
section, and that the 1942 program of such funds contains a tentative addi- 
tional appropriation of $25,000. He suggested that it would be advisable to 
combine the work in one contract so as to expedite completion of the improve- 
ment, and to secure the benefit of present prices. He accordingly asked the 
Commission to release the 1942 funds and to authorize the contracting of a 
project for the full amount of both allocations, The Commission approved 
the request. 


A letter was presented from the Parkrose Chamber of Commerce report- 
ing ah accident which occurred on Sandy Boulevard at its intersection with 
Northeast 105th Street, involving three automobiles, which information the 
Commission is asked to consider in passing on the Chamber of Commerce's re- 
quest for traffic signals at this location. The Commission ordered the com- 
munication filed. 


The Engineer asked the Commission to authorize the preparation of 
plans and specifications for several projects that have been tentatively ap- 
proved by the Commission in the 1941 budget, so as to avoid delays in con- 
tracting the work this fall. He méntioned particularly the oiling of the 
Scio-Lyons Project on the Albany-Lyons Secondary Highway, which is estimated 
to cost 415,000; the Salt Creek-Farlow Ranch surfacing and oiling project on 
the Little Butte Secondary Highway, in Jackson County, estimated to cost 
40,000; surfacing and oiling the Athena-Cold Springs Section of the Athena- 
Holdman Secondary Highway, in Umatilla County; and the improvement of South 
Sixth Street, Klamath Falls, estimated to cost $85,000. The Commission ap- 
proved the Engineer's request, and authorized him to prepare the projects for 
advertising at the proper time. 


At 3:00 p. m, Commissioner Oliver announced awards of contracts as 
follows, bids for which were taken at the morning session, the awards having 
previously been approved by the Commission by unanimous vote of the members 
present: 


"Yollmer Creek and Necanicum Junction Sections of the Wolf 
Creek Highway, in Clatsop County. 0.95 mile grading, surfacing and 
bituminous macadam. Only one bid was received for this project, 
being that of Babler Bros., Portland, at $33,587.50, based on the 
use of tar. They did not submit a bid based on the use of asphalt. 
The Commission has rejected this bid and has ordered the project 
readvertised, 


"Days Creek-Wright Ranch Section of the Tiller-Trail Secondary 
Highway, in Douglas County. 4.30 miles grading, surfacing and oil- 
ing. Two bids were received for this project, the low one being 
that of E. L. Gates, Packwood, Washington, at 347,651.15, and the 
other being that of E. J. Eldon, Portland, at $49,835.05. The Com- 
mission has rejected both of these bids and has ordered the project 
readvertised, 
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The Commission discussed a letter from ir. W. J. Braddock, Chief 
Underwriter of the Truck Insurance Exchange, Portland, suggesting approval of 
a blanket form of insurance policy to cover movements over state highways of 
special equipment owned by its clients, rather than the furnishing of separate 
policies covering each such movement. The Attorney advised that he can see 
no reason why the protection required by the Commission cannot be covered by 
a blanket policy. After discussion, and in view of the Attorney's advice, the 
Comission authorized acceptance of a blanket-form insurance policy covering 
such movements and instructed the Attorney to prepare an appropriate form. 


The Commission discussed a resolution from the Umatilla County Court 
requesting the designation as a state secondary highway of a short county road 
which extends from the Old Oregon Trail to the Pendleton Airport siding of the 
O.U.R.R. & N. Railroad, near the State Hospital, in Pendleton, but deferred ac- 
tion thereon until Chairman Cabell is present, inasmuch as designations of this 
kind require affirmative action by all three members of the Commission. 


The Engineer requested authority for G. 5. Paxson, Bridge Engineer, 
to attend, at state expense, a meeting of the Bridge Committee of the /estern 
Association of State Highway Officials, which is to be held in Casper, Wyoming, 
June 17 to 20, inclusive. He also requested authority for Division Engineer 
K. D. Lytle and Assistant Construction Engineer Paul Van Scoy to inspect, at 
state expense, certain horizontal drain construction which is now being in- 
stalled on the Redwood Highway, near Hopland, California; and authority for 
Division Engineer E. A. Collier and Assistant Construction Engineer Paul Van 
Scoy to make an inspection trip into the state of Washington, at state expense. 
The Commission approved the requests subject to the confirmation of Governor 
Charles A. Sprague, 


The Commission discussed and approved a request from B. E. Maling, 
Inc., Hillsboro, for permission to transport peaviners, having an overall 
height of 13 feet 6 inches, over certain state highways on Saturday after- 
noons, Sundays, holidays, and during hours of darkness, as emergencies arise 
in connection with the harvesting of pea crops, subject to the condition that 
there is sufficient vertical clearance to allow such movements without endan- 
gering lives or property. 


The Commission denied a request from the Oceanside Community Club 
for permission to use the ocean beach near Oceanside as an aircraft landing 
field during the celebration which is to be held on June 27 and 28, 1941, it 
being contrary to the Comaission's established policy to permit the use of 
the ocean beaches for such purpose. 


The Commission considered and ordered filed a resolution from St. 
Helens Aerie FOL, urging the Commission to take imnediate steps to purchase 
the Longview Bridge over the Colwabia River, as authorized by the 1941 Legis~ 
lature; and a clipping from the Daily Journal of Commerce, Portland, announc- 
ing the execution of a new labor agreement between highway contractors and 
the labor union. 
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bid in the amount of $8,644.00. There was one higher bidder. The 
Comission awards the contract to J. F. Johnston at his low bid of 
$7,982.25." 


The Assistant Attorney presented an offer from Mr. Grover Pound, 
Pendleton, to purchase for the sum of $135.00, certain state-owned property 
in Pendleton described as a portion of Lots 10, il and 12, of Block M, Res- 
ervation Addition. He said that the state paid $175.00 for these three lots, 
which are situate in the eastern outskirts of Pendleton, and if the property 
is not needed for right of way, the price offered for the same, in his esti- 
mation, is very fair. The Engineer advised that this property was purchased 
in order to provide a road approach to private property, in lieu of the clos- 
ing of the former approach road along Point Street, which is in a deep cut; 
further, that not more than a 40-foot width right of way is required, so if 
the price offered by Mr. Pound is satisfactory, he would recommend acceptance 
of the same. In view of the reports, the Commission authorized the sale of 
the property to Mr. Pound at the amount of his offer. 


The Assistant Attorney also reported a request from Mrs. Delilah 
Jones Jeffries, Gladstone, to lease portions of Lots 27 and 28, of Appertons 
Addition to Gladstone, outside of the standard right of way limits. He ad- 
vised that when the state purchased the right of way for this highway, it 
also acquired the extra width which was intended to be used for park purposes, 
and the deed of conveyance co provides; also that Mrs. Jeffries wants to plant 
the area to lawn and flowers which would not only improve the appearance of 
her property, which lies adjacent thereto, but would also add to the attrac- 
tiveness of the highway and reduce the fire hazard, because, under present 
conditions, the area has grown up to weeds. The Engineer recommended leasing 
the property to Mrs. Jeffries under the condition that she would allow no 
advertising signs to be placed thereon, and that she would not grow fiowers, 
et cetera, for commercial purposes. After discussion the Commission approved 
the recommendation, subject to the conditions suggested by the Engineer, and 
ordered that the leasing of the property be covered by letter, rather than by 
formal agreement, and that it be limited to a period of one year with right 
of renewal. The matter was referred to the Attorney to handle. 


The matter of sale of a concession at Silver Creek Falls State Park 
had the attention of the Commission. The Attorney presented a form of agree- 
ment covering the matter, the provisions of which he read aloud, and advised 
that the sale of a concession at this park has been approved by Chairman 
Cabell, who opposes the renewal of the lease of Roman Kintz, who is operating 
a soft-drink establishment at the entrance to the park, under lease from the 
former owner. After discussion of this matter the Commission approved the 
sale of this concession, and the form of agreement presented by the Attorney, 
except that the daily closing hour set therein was changed from 11:00 p. nm. 
to 12:00 midnight. The Engineer was instructed to advertise this concession 
for bids to be received at the June meeting of the Commission. 


The Attorney then advised that Mr. Kintz is operating under two 
leases, one of which expires in June of this year, and the other two years 
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"Dean Creek-Parker Creek Section of the Umpqua Highway, in Doug- 
las County. Requires approximately 22,700 cu. yds. crushed gravel in 
stock piles. A. S. Wallace, Roseburg, submitted the low bid for this 
project in the amount of 535,998.00, and Umpqua River Navigation, 
Gardiner, submitted the only other bid received, in the amount of 
$43,811.00. The Commission awards this contract to A. S. Wallace at 
his low bid of 435,998.00. 


"Oak Creek-Marks Ranch Section of the North Umpqua County Road, 
in Douglas County. 2.97 miles grading, surfacing and oiling; also 
construction of 25-foot concrete bridge. The only bid received for 
this project was that of E. L. Gates, Packwood, Washington, at 
$65,681.75. The Commission has rejected this bid and has ordered 
the project readvertised. 


"Yountain Rest-Mt. Vernon and Butte Creek-Service Creek Sections 
of the Pendleton-John Day, Beech Creek, and John Day Highways, in 
Grant and Wheeler Counties. 25.63 miles oiling. Five bids were re- 
ceived for this project, the low one being that of J. C. Compton, lc- 
Minnville, at $14,635.20, and the second-low being that of R. 0, Dail 
& Warren Bros., Portland, at $16,097.25. The Commission awards this 
contract to J. CG. Compton at his low bid of $14,635.20. 


"Hanley Lane Section of the Frenchglen Secondary Highway, in 
Harney County. 8.5 miles crading, surfacing and oiling. Norris 
Bros., Burlington, Washington, submitted the low bid in the amount 
of $74,332.00 and E, L. Rigdon, Hampton, submitted the second-low 
bid in the amount of $79,643.00. There were two higher bidders, The 
Commission awards this contract to Norris Bros., the low bidders, at 
their bid of $74,332.00. 


"Eugene Overcrossing-7th Avenue Section of the Pacific Highway, 
in Lane County. 1.27 miles grading and paving. The Commission re- 
ceived two bids for this project, the low one being that of E. C. 
Hall Company, Eugene, at $70,851.00, and the other bid being that of 
Ed Walder, Eugene, at $95,089.10. The Commission has referred both 
bids to the Engineer with power to award the contract to the low bid- 
der when certain conditions have been satisfied, 


"Pendleton Airport Highway Section of the Airport Secondary 
Highway, in Umatilla County. 1.42 miles grading, surfacing and bitu- 
minous macadam. ‘Three bids were received for this project, the low 
one being that of C. E. Oneal, Ellensburg, Washington, at $53,885.00, 
and the second-low being that of J. C. Papin, Pendleton, at $55,794.00, 
The Commission awards this contract to C. E. Oneal at his low bid of 
$53,885.00. 


"Jest Dairy Creek Bridge on the Wolf Creek Highway, in Washing- 
ton County. Construction of 90 feet of reinforced concrete viaduct, 
J. F. Johnston, Newberg, submitted the low bid in the amount of 
/7,982.25, and Harry I. Hamilton, Eugene, submitted the second-low 
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WHEREAS, it is the judgment of the Highway Commission 
that the interests of the motoring public will be better served 
by the discontinuance of the routing of traffic over Main Street 
to Fifth Street and Fifth Street to Quincy Avenue, and instead 
of routing said traffic over the new highway. 


NOW, THEREFORE, BE IT AND IT HEREBY iS RESOLVED by the 
Highway Commission, all members being present and affirmatively 
voting, as follows: 


1, That Main Street from its intersection with Ninth 
Street to its intersection with Fifth Street and Fifth Street from 
its intersection with Main Street to its intersection with Quincy 
Avenue be and the same are hereby eliminated as streets of the City 
of Cottage Grove over which to route state highway traffic. 


2. That said streets between said termini shall thence- 
forth be no longer under the jurisdiction of the Highway Commission 
for any purposes. 


3. That the blueprint marked Exhibit A, attached hereto 
and by this reference made a part hereof, on which blueprint the 
sections of streets eliminated as streets of Cottage Grove over 
which to route state highway traffic are shown in red, for identi- 
fication purposes bears the signatures of K. D. Lytle, Division 
Engineers; H. G. Smith, Construction Engineer, and C. B. McCullough, 
Assistant State Highway Engineer and bears date of March 25, 1941.* 


4. That this resolution be entered in the minutes and 
records of the Highway Commission and a duly certified copy thereof 
be delivered to the municipal authorities of the City of Cottage 
Grove, and a like copy to the Public Roads Administration. 


The Engineer reported an offer from a Nr. J. F, Shields to purchase, 
at the rate of 92,00 per M, about 200 M-FBii timber along the Wolf Creek High- 
way, between Wolf Creek Camp and Bear Creek, which timber has been felled by 
a WPA cleanup crew. He advised that unless the logs are sold, it will be 
necessary to cut them into fuel or burn them, in order to clear the right of 
way. After discussion the Commission decided to sell this timber to the per- 
Son submitting the highest bid therefor. The Engineer was instructed to ad- 
vertise the sale for bids to be received at the next meeting. 


A letter from Camas Valley Garden Club, Camas Valley, Oregon, with 
respect to the improvement of Camas iiountain State Park on the Coos Bay-Rose- 
burg Highway, in Douglas County, was referred to the State Parks Superinten- 
dent for reply. 


*Map filed Right of Way Abandonment and Retention File - No. 93. 
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hence; however, lr. Kintzs is willing to relinquish his rights if the state 
will pay him $1,000. He recomended acceptance of this offer. The Commis- 
sion approved the recomendation and authorized such payment. 


A letter was presented from Mrs. Mary Anderson, Warren, Oregon, in 
which the Highway Commission was asked to move some graves in Fairview Ceme- 
tery near Scappoose. It appears that the graves are situate in a row of lots 
which lie between the new highway and the Southern Pacific railroad *racks 
and that Mrs. Anderson wants them moved to lots that she owns on the opposite 
side of the highway. The Attorney advised that the Commission is without ob~ 
ligation to do this for Mrs. Anderson because there were no graves whatsoever 
in the right of way that the Commission acquired for this improvement and at the 
time the right of way was acquired there was no reason for any discussion 
about the moving of the graves. In view of this report the Commission denied 
the request. 


The Secretary presented a resolution from the City of Toledo, with 
respect to a portion of the old right of way of the Corvallis-Newport Highway, 
in Toledo, which has been abandoned by the state as no longer of value for 
state highway purposes. The Commission approved the resolution and ordered 
it filed. 


The following resolution, with respect to the abandonment of the 
old route of the Pacific Highway, through the city of Cottage Grove, was 
adopted by the Commission by unanimous vote upon recommendation of the Engi- 
neer, who advised that the new highway has been constructed through this town 
and the old route is no longer of value for state highway purposes: 


W » the Highway Commission is authorized and directed, 
whenever the route of any state highway passes through the corporate 
limits of any incorporated city or town of this State, to select and 
designate the street or streets of such incorporated city or town 
over which the state highway shall be routed, and the Commission is 
further authorized to alter or change such routing when in its opin- 
ion the interests of the motoring public will be better served; and 


WHEREAS, the Highway Commission has heretofore designated 
as stireets of Cottage Grove over which to route traffic using the 
Pacific Highway the following streets, to wit: 


lain Street from its intersection with Ninth Street 
to its intersection with Fifth Street and Fifth Street 
from its intersection with Main Street to its intersection 
with Quincy Avenue; 


AND, ‘YHORUAS, for the purpose of affording a more conveni- 
ent, safe and serviceable highway through the town of Cottage Grove 
there has been constructed and igs now open for public travel a high- 
way which begins at Main Street where Main Street and Ninth Street 
intersect and extends thence in a southwesterly direction to a junc- 
tion with the Pacific Highway at or near Quincy Avenue; and 
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WHEREAS, said Highway Commission is authorised to acquire 
by purchase, agreement, donation, or by the exercise of the power 
of eminent domain real property, or any interest therein, necessary 
or deemed by the Highway Commission necessary for the accomplishment 
of any and all of the foregoing things; and 


WHEREAS, in the judgment of the Highway Commission the 
several tracts or parcels of land hereinafter described are each 
and all necessary for the specific and particular purposes herein- 
after specifically set forth; 


NOW, THUREFORD, BE IT AND IT HER™BY IS RESOLVED by the 
State Highway Commission as follows: 


1. That the Commission does hereby find and declare that 
the several parcels of real property hereinafter described are each 
and all necessary for the accomplishment of the purposes hereinafter 
expressly and specifically set forth, which said real properties and 
the specific purposes for which the same are being acquired are de- 
scribed as follows, to wit: 


Real property owned by Helen Allegre and C. F. Allegre, 
which property is located in the southeast quarter (SE2) of 
the southeast quarter (SE*) of Section 19, Township 1 North, 
Range 10 East, W. M., Hood River County, Oregon, and is 
more particularly described on the attached sheets and desig- 
nated as Parcel No. 1 and is further identified in the rec- 
ords of the Highway Commission as file R 9129, and which 
property is being acquired for right of way purposes in con- 
nection with the Hood River Secondary State Highway No. 281;* 


Real property owned by Albert M. Rowe, which property 
is located in the southwest quarter of Section 10 and the 
northwest quarter of Section 15, Township 30 South, Range 4 
West, l. M., Douglas County, Oregon, and is more particu- 
larly described on the attached sheets and designated as 
Parcels Nos, 2 and 3 and is further identified in the rec- 
ords of the Highway Commission as file R 9305, and which 
property is being acquired for right of way purposes in 
connection with the Tiller-Trail Highway;* 


Real property owned by the World \/ar Veterans' State 
Aid Commission, which property is located in the south 
half (Si) of the northeast quarter (NE}) and in the north- 
east quarter (NE) of the southeast quarter (SE?) of Sec- 
tion 23, Township 30 South, Range 4 West, W. Me, Douglas 
County, Oregon, and is more particularly described on the 
attached sheets and designated as Parcel No. 4 and is fur- 
ther identified in the records of the Highway Commission 
as file R 9215, and which property is being acquired for 
right of way purposes in connection with the Tiller-Trail 
Highway ; + 
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A telegram was presented from H. B. Read, Manager of the Salem El- 
ectric Cooperative Association, requesting permission to install an electric 
power transmission cable on the state highway bridge, between Salem and West 
Salem, for the transmission of electricity from the Bonneville Power Substa- 
tion, near West Salem, into Salen. The Commission refused to grant permission 
for the installation of open wires on the bridge or on poles on the highway 
right of way; however, authorized the granting of a permit to the association 
to install the wires on the bridge if they are ineased in a lead cable, and if, 
in the opinion of the Engineer, such type of construction is safe from the pub- 
lic standpoint, otherwise emphatically not. The Engineer advised that there 
would be no danger if the installation conforms with the National Electric 
Code. The Commission thereupon authorized the installation subject to such 
condition, 


The Attorney requested authority to condemn certain parcels of real 
property that are needed for various highway improvements. He submitted a 
list of such properties with offers, as follows, that he recommended be made 


for each: 
‘ File No. Name Purpose Required Recommended Offer 
3 9129 Helen Allegre R/W 3350.00 to $400.00 
4 9305 Albert li. Rowe " 20.00 to 25.00 
ia 9215 World War Veterans' State -« 53.00 to 60,00 
+ Aid Commission 
43 8865 Sallie Kackley n 290.25 to 300.00 
+f 4251A F. R, Salway " 558.00 to 575.00 
te 6520 Libbie aller Estate " 1587.20+ 
hy 6521 & J. M. Rufener n 5'76.50+ 
} 6522 
; 6523 Charles Ellis and 8 1211,00+ 
} Inez iJaude Taylor 
HE 6526 Mary E. Ibach " 1480,00+ 
6528 Anna H. Duyck, et vir " 1877 350+ 
6529 Tongue and Bailey * 1462,50+ 


After discussion the Comaission approved the offers and adopted the following 
resolutiors authorizing condemnation: 
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WHEREAS, the State Highway Commission is authorized to 
locate, relocate, construct, reconstruct, maintain, widen, straight- 
en, and otherwise improve state highways, both primary and secondary, 
and said Commission is also authorized to construct shops, equipment 
sheds, office buildings, maintenance sites, patrolmen accommodations, 
and snow fences, and is authorized to acquire quarry sites, gravel 
pits, storage sites, stockpile sites, weighing stations, and broad- 
casting stations, and is further authorized to develop, construct, 
improve, operate, and maintain parks, parking places, auto camps, 
camp sites, roadside development, recreational grounds or resorts, 
and other places of attraction and scenic value; and 


\ 


any, and in the event that no satisfactory agreement or agreements 
can be reached, then it is hereby further resolved that the Attorney 
General of the State of Oregon and J. M. Devers, Assistant Attorney 
General and Attorney for the State Highway Commission, be and they 
hereby are requested to commence and prosecute to a final determina- 
tion such suit or action, or suits or actions, as may be necessary 
and appropriate to acquire title to the said premises and all rights 
therein for the purposes herein stated. 


5. That this resolution be entered in full in the minutes 
and records of this Commission. 


WHEREAS, the State Highway Commission is authorized to 
locate, relocate, construct, reconstruct, maintain, widen, straight- 
en, and otherwise improve state highways, both primary and second- 
ary, and said Commission is also authorized to construct shops, 
equipment sheds, office buildings, maintenance sites, patrolmen 
accommodations, and snow fences, and is authorized to acquire quarry 
sites, gravel pits, storage sites, stockpile sites, weighing sta- 


tions, and broadcasting stations, and is further authorized to de- 
velcp, construct, improve, operate, and maintain parks, parking 
places, auto camps, camp sites, roadside development, recreational 
grounds or resorts, and other places of attraction and scenic value ; 
and 


WHEREAS, said Highway Commission is authorized to acquire 
by purchase, agreement, donation, or by the exercise of the power 
of eminent domain real property, or any interest therein, necessary 
or deemed by the Highway Commission necessary for the accomplishment 
of any and all of the foregoing things; and 


WHEREAS, that certain highway known and designated as 
State Highway No. 4‘', and otherwise known as the Wolf Creek Highway, 
is a duly designated and adopted state highway; and 


WHEREAS, the Highway Commission has heretofore, by reso~ 
lution duly adopted and entered in the minutes of the Commission, 
declared said highway to be a highway of major importance and did 
further find and declare that in connection with the acquisition of 
real properties for rights of way for said highway there should be 
acquired also all rights of access from the abutting property to 
said highway, to which said resolution reference is now made; and 


WHEREAS, the Libbie M. Maller Estate is the owner of the 
following described real property, to wit: 


Southwest quarter of the Southeast quarter of Section 
29, Township 2 North, Range 3 West, W. Me, Washington County, 
Oregon. 
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Real property owned by Sallie Kackley and H. V. Kack- 
ley, whieh property is located in the Prior F. Blair D.1L.C. 
No. 39 in Section 36, Township 17 South, Range 4 West, W.M., 
Lane County, Oregon, and is more particularly described on 
the attached sheets and designated as Parcel No. 5 and is 
further identified in the records of the Highway Commission 
as file R 8865, and which property is being acquired for 
right of way purposes in connection with the Pacific Highway;* 


Real property owned by F. R. Salway, which property is 
located in Government Lot 4 of Section 5, Township 10 South, 
Range ll West, W. M., in Lincoln County, Oregon, and is 
more particularly described on the attached sheets and desig- 
nated as Parcels Nos. 6 and 7 and is further identified in 
the records of the Highway Commission as file R 4251A, and 
which property is being acquired for right of way purposes 
in connection with the Oregon Coast Highway.* 


2. That the Comission does hereby find and declare that 
each of the said described parcels of real property is necessary and 
acquisition of the same by the State is required for the specific 
purposes hereinabove set forth, and the said properties are being ac- 
quired for the express and specific purposes in this resolution set 
forth. 


3. That the State Highway Engineer be and he hereby is 
instructed and directed to make or cause to be made all surveys 
necessary in connection with the determination, description, and 
acquisition of said real properties, and said Engineer is further 
instructed to prepare and submit to the Legal Department necessary 
and adequate descriptions of the said real properties, which said 
descriptions shall be availsbel for the preparation of any deed or 
deeds or other instrument. or instruments necessary to complete the 
acquisition of said pre, rty or properties, whether said properties 
be acquired by purchase, donation, agreement, or by the exercise of 
the power of eminent domain. 


4. That I. H. Van Winkle, Attorney General of the State 
of Oregon, and J. M. Devers, Assistant Attorney General and Attorney 
for the State Highway Commission, be and they are hereby requested, 
authorized, and directed to attempt to agree with the owner or own~ 
ers and/or with the tenants or persons in posession, if there be any, 
of said parcel or parcels of land with respect to the compensation 
to be paid for the taking of the same and the damage, if there be 


%(The detailed descriptions of the respective parcels of real property 
mentioned in this resolution are attached to the original resolution 
on file in the office of the State Highway Commission, Salem, being 
Resolution No, 11, under the heading "Real Property Condemnation Reso- 
lutions" and said descriptions by this reference are made a part of 
this minute entry to the same extent as if copied in full herein.) 
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2. The Commission does hereby further find and declare 
that the last above described parcel of real property is needed 
and required and the appropriation and acquisition of the same is 
sought under these proceedings for right of way and other highway 
purposes in connection with the construction, improvement, and 
maintenance of the said Wolf Creek Highway. 


3. The Commission does further find and declare that, 
in addition to the acquisition of the said last described tract 
of real property for the purposes herein stated, it is likewise 
necessary that there be acquired all right of access from the re- 
maining property of the said Libbie M. Maller Estate, except ac- 
cess at approximately engineer's station 2302+75 where there is 
an existing county road, at engineer's station 2318+00 where there 
is an existing county road, a farm crossing at a point to be mutu- 
ally agreed upon by the owners and the State Highway Commission at 
the most feasible and practicable location, and also a seven-foot 
stockpass at the most feasible and practicable place to be agreed 
upon by the owners and the State, which said remaining real prop- 
erty abuts upon or joins the real property last above described 
and will when said highway is constructed abut upon said highway. 


4. That the State Highway Engineer be and he hereby is 
instructed and directed to make or cause to be made all surveys 
necessary in connection with the determination, description, and 
acquisition of said real property, and said Engineer is further 
instructed to prepare and submit to the Legal Department necessary 
and adequate descriptions of the said real property, which said de- 
scriptions shal] be available for the preparation of any deed or 
deeds or other instrument or instruments necessary to complete the 
acquisition of said property, whether said property be acquired by 
purchase, donation, agreement, or by the exercise of the power of 
eminent domain. 


5. That I. He Van Winkle, Attorney General of the State 
of Oregon, and J. M. Devers, Assistant Attorney General and Attorney 
for the State Highway Commission, be and they are hereby requested, 
authorized and directed to attempt to agree with the owner or owners 
and/or with the tenants or persons in possession, if there be any, 
of said parcel of land with respect to the compensation to be paid 
for the taking of the same and the damage, if there be any, and in 
the event that no satisfactory agreement can be reached, then it is 
hereby further resolved that the Attorney General of the State of 
Oregon and J. M, Devers, Assistant Attorney General and Attorney 
for the State Highway Commission be and they hereby are requested 
to commence and prosecute to a final determination such suit or ac- 
tion as may be necessary and appropriate to acquire title to the 
said premises and all rights therein for the purposes herein stated, 
together with all rights of access from adjoining or abutting prop- 
erty to said highway, except as provided herein. 
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and 


WHEREAS, it is the judgment of the Highway Commission 
that the real property hereinafter described, which is a part or 
portion of the above described real property, is necessary and 
needed for right of way and other highway purposes in connection 
with the construction and maintenance of the said Wolf Creek High- 
way; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission as follows: 


1. The Commission does hereby find and declare that the 
real property hereinafter described, and which real property is a 
part or portion of the above described real property, is necessary 
and is needed in connection with the construction and maintenance 
of the Wolf Creek Highway, which said real property is described as 
follows, to wit: 


A parcel of land lying in the Southwest quarter (sw) 
of the Southeast quarter (SE+) of Section 29, Township 2 
North, Range 3 West, W.M., Washington County, Oregon, and 
being a portion of the following described property: that 
tract of land which was conveyed by that certain Will to 
Libbie M. Maller recorded in Probate No. 2574 of the Pro- 
bate Records of Washington County, Oregon; the said parcel 
being all that portion of the foregoing described property 
included in a strip of land 140 et in width, 70 feet on 
each side of the center line 0. «= Wolf Creek Highway as 
said highway has been located over and across or adjacent 
to the said property; the location of the said strip of 
land (in so far as it encroaches upon said property) being 
determined by the said center line from Station 2302+23.2 
to Station 2317+96.6 which portion of center line is de- 
scribed as follows: 


Beginning at a point which is Engineer's center line 
Station 2302+23.2 opposite and 70 feet distant from which 
point the northeasterly line of the said strip of land in- 
tersects the west line of said property; said point being 
1638.1 feet south and 37,6 feet west of the center of Sec- 
tion 29, Township 2 North, Range 3 West, W.Me3 thence 
South 51° 48' East a distance of 1356.5 feet; thence along 
the arc of a spiral curve left (the long chord of which 
spiral bears South 51° 59' 45" East 216.9 feet) a distance 
of 216.9 feet to Engineer's Station 2317+96.6 opposite and 
70 feet distant from which station the northeasterly line 
of the said strip of land intersects a line 60 feet distant 
north of and parallel to the south line of said Section 29, 
containing 4.58 acres, 
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beginning, conta’ ring 88 acres, Also it being part of 
Section 32 in Township 2 North of Range 3 West of the 
Willamette ijeridian and commencing at the quarter sec- 
tion corner between said Section 32 and Section 29 in 
said Township and Range and running thence south 12.65 
chains; thence south 47 45' East 18,24 chains; thence 
north 48° East 8.52 chains; thence North 19,74 chains; 
thence west 20,09 chains to the place of beginning, con- 
taining 40 acres of land be the same more or less, 


and 


WHEREAS, it is the judgment of the Highway Commission 
that the real property hereinafter described, which is a part or 
portion of the above described real property, is necessary and 
needed for right of way and other highway purposes in connection 
with the construction and maintenance of the said Wolf Creek High- 
way; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission as follows: 


1. The Commission does hereby find and declare that 
the real property hereinafter described, and which real property 
is a part or portion of the above described real property, is neces- 
sary and is needed in connection with the construction and mainten- 
ance of the Wolf Creek Highway, which said real property is described 
as follows, to wit: 


A parcel of land lying in the north half (NS) of the 
northeast quarter (NE+) of Section 32, Township 2 North, 
Range 3 West, W. M., Washington County, Oregon; the said 
parcel being all that portion of the foregoing described 
property included in a strip of land 140 feet in width, 

970 feet on each side of the center line of the Wolf Creek 
Highway as said highway has been located over and across 

or adjacent to the said property; the location of the said 
strip of land (in so far as it encroaches upon said property) 
being determined by the said center line from Station 2318+10 
to Station 2328+30.2, which portion of center line is de- 
scribed as follows: 


Beginning at a point which is Engineer's center line 
Station 2318+10, opposite and 70 feet distant from which 
point the southwesterly line of the said strip of land in- 
tersects a line which is parallel to and 60 feet distant 
south of the north line of said Section 32; said point 
being 2.7 feet south and 122.5 feet west of the northeast 
corner of the northwest quarter (NV+) of the northeast 
quarter (NE+) of Section 32, Township 2 North, Range 3 ‘est, 
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6. That this resolution be entered in full in the minutes 
and records of this Commission 


WHEREAS, the State Highway Commission is authorized to 
locate, relocate, construct, reconstruct, maintain, widen, straight- 
en, and otherwise improve state highways, both primary and secondary, 
and said Commission is also authorized to construct shops, equipment 
sheds, office buildings, maintenance sites, patrolmen accomodations, 
and snow fences, and is authorized to acquire quarry sites, gravel 
pits, storage sites, stockpile sites, weighing stations, and broad- 
casting stations, and is further authorized to develop, construct, 
improve, operate, and maintain parks, parking places, auto camps, 
camp sites, roadside development, recreational grounds or resorts, 
and other places of attraction and scenic value; and 


THEREAS, said Highway Commission is authorized to acquire 
by purchase, agreement, donation, or by the exercise of the power of 
eminent domain real property, or any interest therein, necessary or 
deemed by the Highway Commission necessary for the accomplishment of 
any and all of the foregoing things; and 


WHEREAS, that certain highway know and designated as 
State Highway No. 47, and otherwise known as the Wolf Creek Highway, 
is a duly designated and adopted state highway; and 


WHEREAS, the Highway Commission has heretofore, by resolu- 
tion duly adopted and entered in the minutes of the Commission, de- 
clared said highway to be a highway of major importance and did fur- 
ther find and declare that in connection with the acquisition of real 
properties for rights of way for said highway there should be acquired 
also all rights of access from the abutting property to said highway, 
to which said resolution reference is now made; and 


WHEREAS, Stella C. Armentrout and B. W, Armentrout are the 
owners and W. M. Rufener is the contract purchaser of the following 
described real property, to wit: 


Beginning at a point in the County Road 9.25 chains 
west from the northeast corner of Section 32, Township 2 
North, Range 3 West, Willamette Meridian, in Washington 
County, Oregon, thence west 10.75 chains to the northeast 
corner of a 40 acre tract of land now owned by Wade Armen- 
trout; thence south on his east line 19.74 chains; thence 
south 48° west 8,52 chains; thence north 47° 45' West 18.24 
chains; thence north 12.65 chains to the northwest corner 
of said 40 acre tract in the county road; thence west 1.25 
chains; thence south 40.65 chains to the south line of the 
north half of said Section 32; thence north 89° 17! East 
31.75 chains; thence north 40 chains to the place of 


State of Oregon and J. li. Devers, Assistant Attorney General and 
Attorney for the State Highway Cotmmission, be and they hereby are 
requested to commence and prosecute to a final determination such 
suit or action as may be necessary and appropriate to acquire title 
to the said premises and all rights therein for the purposes herein 
stated, together with all rights of access from adjoining or abutting 
property to said highway, except as provided herein. 


6. That this resolution be entered in full in the minutes 
and records of this commission. 


WHEREAS, the State Highway Commission is authorized to 
locate, relocate, construct, reconstruct, maintain, widen, straight- 
en, and otherwise improve state highways, both primary and second- 
ary, and said Commission is also authorized to construct shops, 
equipment sheds, office buildings, maintenance sites, patrolmen 
accommodations, and snow fences, and is authorized to acquire quarry 
sites, gravel pits, storage sites, stockpile sites, weighing stations, 
and broadcasting stations, and is further authorized to develop, con- 
struct, improve, operate, and maintain parks, parking places, auto 
camps, camp sites, roadside development, recreational grounds or re- 
sorts, and other places of attraction and scenic value; and 


WHEREAS, said Highway Commission is authorized to acquire 
by purchase, agreement, donation, or by the exercise of the power 
of eminent domain real property, or any interest therein, necessary 
or deemed by the Highway Commission necessary for the accomplishment 
of any and all of the foregoing things; and 


WHEREAS, that certain highway known and designated as 
State Highway No. 47, and otherwise known as the Wolf Creek Highway, 
is a duly designated and adopted state highway; and 


WHEREAS, the Highway Commission has heretofore, by resolu- 
tion duly adopted and entered in the minutes of the Commission, de- 
clared said highway to be a highway of major importance and did fur- 
ther find and declare that in connection with the aequisition of 
real properties for rights of way for said highway there should be 
acquired also all rights of access from the abutting property to 
said highway, to which said resolution reference is now made; and 


WHEREAS, Charles Ellis Taylor and Inez Maude Taylor are 
the owners of the following described real property, to wit: 


All the following bounded and described real property, 
situated in the County of Washington, and State of Oregon; 
being part of Section 33, Township 2 North, Range 3 ‘est, 
Yillamette Meridian, and bounded as follows: Beginning at 
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Weide thence along the arc of a spiral curve left (the 
long chord of which spiral bears South 53° 04' 15" East 
169,68 feet) a distance of 169.7 feet; thence along the 
are of a 5729058 foot radius curve left (the long chord 
of whien curve bears South 56° 51' East 609.74 feet) a 
distance of 610.0 feet; thence along the arc of a spiral 
curve left (the long chord of which spiral bears South 
60° 51? 4O" East 240.5 feet) a distance of 240.5 feet to 
Dngineer's Station 2328+30.2, opposite and 70 feet dis~ 
tant from which station the southwesterly line of the 
said strip of land intersects the east line of said prop- 
erty; containing 2.86 acres of land, 


2, The Commission does hereby further find and declare 
that the last above described parcel of real property is needed and 
required and the appropriation and acquisition of the same is sought 
under these proceedings for right of way and other highway purposes 
in connection with the construction, improvement, and maintenance 
of the said Wolf Creek Highway. 


3. The Commission does further find and declare that, in 
addition to the acquisition of the said last described tract of real 
property for the purposes herein stated, it is likewise necessary 
that there be acquired all right of access from the remaining prop- 
erty of the said omers and the contract purchaser, except access at 
Engineer's station 2318+00 where there is an existing county road, 
which said remaining real property abuts upon or joins the real prop- 
erty last above described and will, when said highway is constructed, 
abut upon said highway. 


4. That the State Highway Engineer be and he hereby is 
instructed and directed to make or cause to be made all surveys 
necessary in connection with the determination, description, and 
acquisition of said real property, and said Engineer is further in- 
structed to prepare and submit to the Legal Department necessary 
and adequate descriptions of the said real property, which said de- 
scrivtions shall be available for the preparation of any deed or 
deeds or other instrument or instruments necessary to complete the 
acquisition of said property, whether said property be acquired by 
purchase, donation, agreement, or by the exercise of the power of 
eminent domain. 


5, That I. H. Van ‘Jinkle, Attorney General of the State 
of Oregon, and J. lM. Devers, Assistant Attorney General and Attorney 
for the State Highway Commission, be and they are hereby requested, 
authorized, and directed to attempt to agree with the owmer or own- 
ers and/or with the tenants or persons in possession, if there be 
any, of said parcel of land with respect to the compensation to be 
paid for the taking of the same and the damage, if there be any, 
and in the event that no satisfactory agreement can be reached, 
then it is hereby further resolved that the Attorney General of the 


A 


portion of the foregoing described property included in 

a strip of land 140 feet in width 70 feet on each side 

of the center line of the Wolf Creek Highway as said 
highway has been located over and across or adjacent to 
the said property; the location of the said strip of land 
(in so far as it encroaches upon said property) being 
determined by the said center line from Station 2327+57 to 
Station 2345+78, which portion of center line is described 
as follows: 


Beginning at a point which is Engineer's center 
line Station 2327+57 opposite and 70 feet distant from 
which point the northeasterly line of the said strip of 
land intersects the west line of said property; said point 
being 305.5 feet north and 1545.4 feet west of the north- 
west corner of the John L. Northrup D.L.C. #44 in Township 
2 North, Range 3 West, W. M.3 thence along the arc of a 
spiral curve left (the long chord of which spiral bears 
South 61° 40! 30" East 232.7 feet) a distance of 232.7 
feet; thence South 61° 54' East a distance of 1588.3 feet 
to Engineer's Station 2345+78; opposite and 70 feet dis— 
tant from which station the southerly line of the said 
strip of land intersects the west line of the J. L. North- 
rup D.L.C. #44. 


The parcel of land to which this description 
applies contains 5.61 acres, 


2. The Commission does hereby further find and declare 
that the last above described parcel of real property is needed 
and required and the appropriation and acquisition of the same is 
sought under these proceedings for right of way and other highway 
purposes in connection with the construction, improvement, and 
maintenance of the said Wolf Creek Highway. 


3. The Commission does further find and declare that, 
in addition to the acquisition of the said last described tract 
of real property for the purposes herein stated, it is likewise 
necessary that there be acquired all right of access from the re- 
maining property of the Charles Ellis Taylor and Inez Maude Tay- 
lor, except right of access at approximately state highway engineer's 
station 233350, and a seven-foot stockpass beneath the surface of 
the highway at approximately engineer's station 2343+00, which said 
remaining real property abuts upon or joins the real property last 
above deseribed and will, when said highway is constructed, abut 
upon said highway. 


4. That the State Highway Engineer be and he hereby is 
instructed and djrected to make or cause to be made all surveys 
necessary in connection with the determination, description, and 
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and 


way; 


the quarter section corner on the west boundary of said 
section 33, running thence East 14.80 chains to western 
boundary of the J. L. Northrop donation claim, thence 
South 1° 24' East 32.22 chains to a stone the northeast 
corner of a tract of land heretofore conveyed to Geo, 
Armentrout, thence west 15,31 chains to the western bound- 
ary of aforesaid Section 33, thence north on section line 
32.12 chains to place of beginning containing 48.37 acres, 
and also, beginning at the northeast corner of Section 32, 
Township 2 North, Range 3 West, Willamette Meridian, Wash- 
ington County, Oregon, thence east 19.99 chains to a stake 
in the county road on the north line of Section 33, thence 
south 12.39 chains to a stake on the north line of the 
Donation Land Claim of John L. Northrup; thence on the 
north line of said claim 6.37 chains to the northwest cor- 
ner of the same; thence south 2° 30 east on the west line 
of said claim 27.61 chains to a stake; thence south 89°17! 
west 24.05 chains to a stake; thence north 40 chains to 
the county road on the north line of section 32; thence 
east 9.25 chains to the place of beginning, containing 
101.31 acres. 


WHEREAS, it is the judgment of the Highway Commission 


that the real property hereinafter described, which is a part or 
portion of the above described real property, is necessary and 

needed for right of way and other highway purposes in connection 
with the construction and maintenance of the said Wolf Creek High- 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 


State Highway Commission as follows: 


1. The Commission does hereby find and declare that the 
real property hereinafter described, and which real property is a 
part or portion of the above described real property, is necessary 
and is needed in connection with the construction and maintenance 
of the Wolf Creek Highway, which said real property is described as 
follows, to wit: 


A pareel of land lying in the East half (E}) f the 
Northeast quarter (NE+) of the Northeast quarter (NE}) of 
Section 32 and the West half (W3) of the Northwest quarter 
(anr2) of Section 33, Township 2 North, Range 3 West, W.M., 
Washington County, Oregon, and being a portion of the fol- 
lowing described property: that tract of land which was 
conveyed by that certain deed to Charles Ellis Taylor and 
Inez M. Taylor, recorded in Book 159, Page 656 of Washing~ 
ton County Record of Deeds, the said parcel being all that 


WHEREAS, the Highway Commission has heretofore, by reso- 
lution duly adopted and entered in the minutes of the Commission, 
declared said highway to be a highway of major importance and did 
further find and declare that in connection with the acquisition 
of real properties for rights of way for said highway there should 
be acquired also all rights of access from the abutting property 
— highway, to which said resolution reference is now made; 
an 


WHEREAS, Mary E. Ibach, et al, are the owmmers of the 
following described real property, to wit: 


Commencing at the nortiwest corner of the original 
Donation Land Claim of John L. Northrup and wife in Sec- 
tion 33, Township 2 North, Range 3 West, of the Willa- 
mette ijeridian, Washington County, Oregon, and running 
thence south on west line of said claim 40 chains, thence 
east and parallel with north line of said claim 25 chains, 
thence north 40 chains to the north boundary line of said 
claim, thence west on said boundary line 25 chains to the 
place of beginning, containing 100 acres. 


and 


WHEREAS, it is the judgment of the Highway Commission 
that the real property hereinafter described, which is a part or 
portion of the above described real property, is necessary and 
needed for right of way and other highway purposes in connection 
with the construction and maintenance of the said Wolf Creek High- 
way; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission as follows: 


1. The Commission does hereby find and declare that the 
real property hereinafter described, and which real property is a 
part or portion of the above described real property, is necessary 
and is needed in connection with the construction and maintenance 
of the Wolf Creek Highway, which said real property is described as 
follows, to wit: 


A parcel of land lying in the J. L. Northrup D.L.C. No. 
44, in Section 33, Township 2 North, Range 3 West, W. lis, 
Washington County, Oregon, and being a portion of the fol- 
lowing described property: that tract of land which was 
conveyed by that certain will to lary E. Ibach, et al, rec- 
orded in Probate No. 3948 of the Probate Records of Wash- 
ington County, Oregon; the said parcel being all that 
portion of the foregoing described property included in a 
strip of land 140 feet in width, 70 feet on each side of 
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acquisition of said real property, and said Engineer is further in- 
structed to prepare and submit to the Legal Department necessary and 
adequate descriptions of the said real property, which said descrip- 
tions shall be available for the preparation of any deed or deeds or 
other instrument or instruments necessary to complete the acquisition 
of said property, whether said property be acquired by purchase, dona- 
tion, agreement, or by the exercise of the power of eminent domain. 


5. That I. 4. Van ifinkle, Attorney General of the State 
of Oregon, and J. ii, Devers, Assistant Attorney General and Attorney 
for the State Highway Comission, be and they are hereby requested, 
authorized, and directed to attempt to agree with the owner or own- 
ers and/o> with the tenants or persons in possession, if there be 
any, of said parcel of land with respect to the compensation to be 
paid for the taking of the same and the damage, if any there be, and 
in the event that no satisfactory agreement can be reached, then it 
is hereby further resolved that the Attorney General of the State of 
Oregon and J. M. Devers, Assistant Attorney General and Attorney for 
the State Highway Commission, be and they hereby are requested to 
comnence and prosecute to a final determination such suit or action 
aS way be necessary and appropriate to acquire title to the said 
premises and all rights therein for the purposes herein stated, to- 
gether with all rights of access from adjoining or abutting property 
to said highway, except as provided herein. 


6. That this resolution be entered in full in the minutes 
and records of this Commission. 


WHEREAS, the State Highway Commission is authorized to 
locate, relocate, construct, reconstruct, maintain, widen, straight- 
en, and otherwise improve state highways, both primary and secondary, 
and said Commission is also authorized to construct shops, equipment 
sheds, office buildings, maintenance sites, patrolmen accommodations, 
and snow fences, and is authorized to acquire quarry sites, gravel 
pits, storage sites, stockpile sites, weighing stations, and broad- 
casting stations, and is further authorized to develop, construct, 
improve, operate, and maintain parks, parking places, auto camps, 
camp sites, roadside development, recreational grounds or resorts, 
and other places of attraction and scenic value; and 


WHEREAS, said Highway Commission is authorized to acquire 
by purchase, agreement, donation, or by the exercise of the power of 
eminent domain real property, or any interest therein, necessary or 
deemed by the Highway Commission necessary for the accomplishment 
of any and all of the foregoing things; and 


WHEREAS, that certain highway known and designated as 
State Highway No. 47, and otherwise known as the Wolf Creek Highway, 
is a duly designated and adopted state highway; and 
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for the preparation of any deed or deeds or other instrument or in- 
struments necessary to complete the acquisition of said property, 
whether said property be acquired by purchase, donation, agreement, 
or by the exercise of the power of eminent domain. 


5. That I. H. Van Winkle, Attorney General of the State 
of Oregon, and J. ii, Devers, Assistant Attorney General and Attorney 
for the State Highway Commission, be and they are hereby requested, 
authorized, and directed to attempt to agree with the owner or own- 
ers and/or with the tenants or persons in possession, if there be 
any, of said parcel of land with respect to the compensation to be 
paid for the taking of the same and the damage, if there be any, 
and in the event that no satisfactory agreement can be reached, then 
it is hereby further resolved that the Attorney General of the State 
of Oregon and J. M. Devers, Assistant Attorney General and Attorney 
for the State Highway Commission, be and they hereby are requested 
to commence ad prosecute to a final determination such suit or ac- 
tion as may be necessary and appropriate to acquire title to the 
said premises and all rights therein for the purposes herein stated, 
together with all rights of access from adjoining or abutting prop- 
erty to said highway, except as provided herein. 


6. That this resolution be entered in full in the minutes 
and records of this Commission. 


WHEREAS, the State Highway Commission is authorized to 
locate, relocate, construct, reconstruct, maintain, widen, straight- 
en, and otherwise improve state highways, both primary and secondary, 
and said Commission is also authorized to construct shops, equipment 
sheds, office buildings, maintenance sites, patrolmen accommodations, 
and snow fences, and is authorized to acquire quarry sites, gravel 
pits, storage sites, stockpile sites, weighing stations, and broad- 
casting stations, and is further authorized to develop, construct, 
improve, operate, and maintain parks, parking places, auto camps, 
camp sites, roadside development, recreational grounds or resorts, 
and other places of attraction and scenic value; and 


WHEREAS, said Highway Commission is authorized to acquire 
by purchase, agreement, donation, or by the exercise of the power 
of eminent domain real property, or any interest therein, necessary 
or deemed by the Highway Commission necessary for the accomplishment 
of any and all of the foregoing things; and 


WHEREAS, that certain highway known and designated as 
State Highway No. 47, and otherwise known as the Wolf Creek Highway, 
is a duly designated and adopted state highway; and 


WHEREAS, the Highway Commission has heretofore, by reso- 
lution duly adopted and entered in the minutes of the Commission, 
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the center line of the Wolf Creek Highway as said high- 
way has been located over and across or adjacent to the 
said property; the lccation of the said strip of land (in 
so far as it encroaches upon said property) being deter~ 
mined by the said center line from Station 2344+98 to 
Station 2364+69.3 which portion of center line is described 
as follows: 


et 
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Beginning at a point which is Engineer's center line 
Station 2344+98 opposite and 70 feet distant from which 
point the northerly line of the said strip of land inter- 
sects the west line of the J, L, Northrup D.L.C.; said 
point being 510 feet south and 20 feet west of the north- 
west corner of said Northrup D.L.C. No.44, Township 2 
North, Range 3 ‘lest, W,M.; thence South 61° £3! East a 
distance of 1971,3 feet to Station 2364+69.3 opposite and 
70 feet distant from which station the southerly line of 
said strip of land intersects the east line of the said 
property. 
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The parcel of land to which this descrintion applies 
contains 6.0€ acres, of which 0.08 acre lies within the 
existing county road right of way, title to which hereby 
is acknowledged to be in the public, and 6.00 acres lie 
outside of the existing right of way. 


2. The Commission does hereby further find and declare 
that the last above described parcel of real property is needed and 
required and the appropriation and acquisition of the same is sought 
under these proceedings for right of way and other highway purposes 
in connection with the construction, improvement, and maintenance of 
the said Wolf Creek Highway. 
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3. The Commission does further find and declare that, in 
addition to the acquisition of the said last described tract of real 
property for the purposes herein stated, it is likewise necessary 

that there be acquired all right of access from the remaining prop- 
erty of the said lary E. Ibach, et al, except access at approximate- 
ly state highway engineer's station 2352+00, and a seven-foot stockpass 
beneath the surface of the highway at engineer's station 2348+00, 
which said remaining real property abuts upon or joins the real prop- 
erty last above described and will, when said highway is constructed, 
abut upon said highway. 


4. That the State Highway Engineer be and he hereby is in- 
structed and directed to make or cause to be made all surveys necessary 
in connection with the determination, description, and acquisition of 
said real property, and said Engineer is further instructed to prepare 
and submit to the Legal Department necessary and adequate description 
of the said real property, which said descriptions shall be available 


County, Oregon, and being a portion of the following de- 
scribed property: that tract of land which was conveyed 
by that certain deed to Anna H. Duyck and Emil H. Duyck, 
recorded in Book 149, Page 406 of Washington County Rec- 
ord of Deeds; the said parcel being all that portion of 
the foregoing <escribed property included in a strip of 
land 140 feet in width, 70 feet on each side of the center 
line of the Wolf Creek Highway as said highway has been 
located over and across or adjacent to the said property; 
the location of the said strip of land (in so far as it 
encroaches upon said property) being determined by the 
said center line from Station 2385+92.8 to Station 2405+22 
which portion of center line is described as follows: 


Beginning at a point which is Engineer's center line 
Station 2385+92.8 opposite and 70 feet distant from which 
point the northeasterly line of the said strip of land 
intersects the west line of said property; said point be- 
ing 13 feet north and 1904 feet west of the northwest cor- 
ner of the John Harrison D.L.C. No, 37 in Township 2 North, 
Range 3 West, W.id.; thence South 61° 53' East a distance 
of 1929.2 feet to Engineer's Station 2405+22 opposite and 
70 feet distant from which station the southerly line of 
the said strip of land intersects the east line of the 
John L, Northrup D.L.C. No. 44. 


The parcel of land to which this description applies 
contains 6,02 acres, 


2. The Commission does hereby further find and declare 
that the last above described parcel of real property is needed 
and required and the appropriation and acquisition of the same is 
sought under these proceedings for right of way and other highway 
purposes in connection with the construction, improvement, and 
maintenance of the said Wolf Creek Highway. 


3. The Commission does further find and declare that, 
in addition to the acquisition of the said last described tract 
of real property for the purposes herein stated, it is likewise 
necessary that there be acquired all right of access from the re- 
mait.ing property of the said Emil H. Duyck and Anna H . Duyck, 
except access at approximately state highway engineer's station 
2389+00, a seven-foot stockpass beneath the surface of the high- 
way at the most feasible and convenient location, and also ac- 
cess at highway engineer's station 2386+30 where there is now a 
lane or public highway, which said remaining real property abuts 
upon or joins the real property last above described and will, 
when said highway is constructed, abut upon said highway. 


4. That the State Highway Engineer be and he hereby is 
instructed and directed to make or cause to be made all surveys 
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declared said highway to be a highway of major importance and did 
further find and declare that in connection with the acquisition of 
real properties for rights of way for said highway there should be 
acquired also all rights of access from the abutting property to 
said highway, to which said resolution reference is now made; and 


WHEREAS, Emil H. Duyck and Anna H. Duyck are the owners 
of the following described real property, to wit: 


Beginning at a point on the east line of the said 
John Northrup D.L.C. No.44, which beginning points bears 
South 0° 40* West 891.6 feet from the most easterly north- 
east corner of said claim, and running thence South 0° 40! 
‘west along the east line of said claim a distance of 754.7 
feet to a stone at angular corner on east boundary line of 
said Northrup claim; thence continuing along the east 
boundary of said Northrup claim South 13” 45' West a dis- 
tance of 1528.6 feet to the southeast corner of Henry 
Duyck's land in said claim, thence South 89° 58! West 
along the south boundary of said Duyck land a distance of 
1506.0 feet to an iron pipe at the southwest corner of 
said Duyck land, thence North along west boundary of 
said Duyck land a distance of 2310.0 feet to a point in 
the center of County Road No. 60, thence South 87° 52! 
East along center of said road and along said center line 
extended, a distance of 1879.4 feet to the place of begin- 
ning, containing 91.67 acres. 


and 


WHEREAS, it is the judgment of the Highway Commission 
that the real property hereinafter described, which is a part or 
portion of the above described real property, is necessary and need- 
ed for right of way and other highway purposes in connection with 
the construction and maintenance of the said Wolf Creek Highway; 


NOW, THEREBORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission as follows: 


1. ‘The Commission does hereby find and declare that the 
real property hereinafter described, and which real property is a 
part or portion of the above described real property, is necessary 
and is needed in connection with the construction and maintenance 
of the Wolf Creek Highway, which said real property is described as 
follows, to wit: 


A parcel of land lying in the northeast quarter (NE+ 
of the southeast quarter (SE}) of Section 33 and in the 
west half (Wd) of the southwest quarter (SW4) of Section 
34, Township 2 North, Range 3 West, W.M., Washington 
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WHEREAS, that certain highway known and designated as 
State Highway No, 47, and otherwise known as the Wolf Creek High- 
way, is a duly designated and adopted state highway; and 


WHEREAS, the Highway Commission has heretofore, by reso- 
lution duly adopted and entered in the minutes of the Commission, 
declared said highway to be a highway of major importance and did 
further find and declare that in connection with the acquisition 
of real properties for rights of way for said highway there should 
be acquired alse all rights of access from the abutting property 
to said highway, to which said resolution reference is now made; 
and 
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WHEREAS, Edmund Burke Tongue, Jr. and Robert S. Tongue, 
et al, are the owners of the following described real property, to 
wit; 
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Commencing at the northeast corner of the Donation 
Land Claim of John and ijary Harrison in Section 35, Town- 
ship 2 North, Range 3 West; thence South 12° 30! 
West 22.85 chains; thence North 30' West 70 chains; 
thence North 12° 30' East 22,85 chains; thence South 77° 
30' East 70 chains to the place of beginning, containing 
160 acres of land in the County of Washington, State of 
Oregon, 

and 


WHEREAS, it is the judgment of the Highway Commission 
that the real property hereinafter described, which is a part or 
portion of the above described real property, is necessary and need- 
ed for right of way and other highway purposes in connection with 
the construction and maintenance of the said Wolf Creek Highway; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission as follows: 


1. The Commission does hereby find and declare that the 
real property hereinafter described, and which real property is a 
part or portion of the above described real property, is necessary 
and is needed in connection with the construction and maintenance 
of the Wolf Creek Highway, which said real property is described as 
follows, to wit: 


A pareel of land lying in the south half (S3) of the 
southwest quarter (SWi) and in the southwest quarter (Sv2) 
of the southeast quarter (SE4) of Section 34, Township 2 
North, Range 3 West, W. M., Washington County, Oregon, and 
being a portion of the following described property: that 
tract of land which was conveyed by that certain deed to 
Edmund Burke Tongue, Jr., and Robert S. Tongue recorded in 


Le NPE RA DEE HE 


necessary in connection with the determination, description, and 
acquisition of said real property, and said Engineer is further in- 
structed to prepare and submit to the Legal Department, necessary 
and adequate descriptions of the said real property, which said de- 
scriptions shall be available for the preparation of any deed or 
deeds or other instrument or instruments necessary to complete the 
acquisition of said property, whether said property be acquired by 
purchase, donation, agreement, or by the exercise of the power of 
eminent domain. 


5, That I. H. Van Winkle, Attorney General of the State 
of Oregon, and J. li, Devers, Assistant Attorney General and Attorney 
for the State Highway Commission, be and they are hereby requested, 
authorized, and directed to attempt to agree with the owner or own- 
ers and/or with the tenants or persons in possession, if there be 
any, of said parcel of land with respect to the compensation to be 
paid for the taking of the same and the damage, if there be any, 
and in the event that no satisfactory agreement can be reached, then 
it is hereby further resolved that the Attorney General of the State 
of Oregon and J. M. Devers, Assistant Attorney General and Attorney 
for the State Highway Commission, be and they hereby are requested 
to commence and prosecute to a final determination such suit or ac- 
tion as may be necessary and appropriate to acquire title to the 
said premises and all rights therein for the purposes herein stated, 
together with all rights of access from adjoining or abutting prop- 
erty to said highway, except as provided herein. 


6. That this resolution be entered in full in the minutes 
and records of this Commission. 


WHEREAS, the State Highway Commission is authorized to 
locate, relocate, construct, reconstruct, maintain, widen, straight~ 
en, and otherwise improve state highways, both primary and second- 
acy, and said Commission is also authorized to construct shops, 
equipment sheds, office buildings, mainteance sites, patrolmen ac- 
commodations, and snow fences, and is authorized to acquire quarry 
sites, gravel pits, storage sites, stockpile sites, weighing sta- 
tions, and broadcasting stations, and is further authorized to de- 
velop, construct, improve, operate, 
places, auto camps, camp sites, roadside development, 
grounds or resorts, and other places of attraction and scenic value; 
and 
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WHEREAS, said Highway Commission is authorized to acquire 
by purchase, agreement, donation, or by the exercise of the power of 
eminent domain real property, or any interest therein, necessary or 
deemed by the Highway Commission necessary for the accomplishment of 
any and all of the foregoing things; and 


10350 


the acquisition of said property, whether said property be acquired 
by purchase, donation, agreement, or by the exercise of the power 
of eminent domain. 


5. That I. H. Van Winkle, Attorney General of the State 
of Oregon, and J. M. Devers, Assistant Attorney General and Attor- 
ney for the State Highway Commission, be and they are hereby re~ 
quested, authorized and directed to attempt to agree with the owner 
or owners and/or with the tenants or persons in possession, if there 
be any, of said parcel of land with respect to the compensation to 
be paid for the taking of the same and the damage, if there be any, 
and in the event that no satisfactory agreement can be reached, then 
it is hereby further resolved that the Attorney General of the State 
of Oregon and J. M. Devers, Assistant Attorney General and Attorney 
for the State Highway Commission be and they hereby are requested 
to commence and prosecute to a final determination such suit or ac- 
tion as may be necessary and appropriate to acquire title to the 
said premises and all rights therein for the purposes herein stated, 
together with all rights of access from adjoining or abutting prop- 
erty to said highway, except as provided herein. 


6. That this resolution be entered in full in the minutes 
and records of this Commission 


The Attorney reported receipt of a claim from lr. H, D. Ritchey, 
owner of the Depoe Bay Service Station, for damages by reason of improvement 
of the Oregon Coast Highway at Depoe Bay. It appears that additional right 
of way was purchased from lir. Ritchey and during negotiations he was informed 
that the grade of the highway would be only two feet below the level of the 
adjacent property; however, it now appears that the highway is six feet below, 
which is detrimental to Mr, Ritchey'’s business. The Attorney gave as his 
thought that Mr. Ritchey's claim is a legitimate one and suggested an ad just- 
ment. The Commission authorized the Attorney to negotiate a settlement, 


The Attorney requested instructions relative to the payment of an 
irrigation assessment on the highway department's shop property at Klamath 
Falls, amounting to $14.00. He advised that this is an original construction 
assessmeht and the Commission can pay it if it so desires, It was his thought 
that this is a state obligation, and recommended that the amount be paid. The 
Commission approved the recommendation. 


Reconsideration was given by the Commission to the matter of reply- 
ing to the circular letter sent to all state highway department employes by 
ir, VW. W. Currier, Maintenance Section Foreman, in which letter the suggestion 
was made that all such employes should form an association for their benefit. 
After discussion the Commission approved the following letter relative thereto 
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Book 17%, Page 683, of Washington County Record of Deeds; 
the said parce] being all that portion of the foregoing 
described property included in a strip of land 140 feet 
in width, 70 feet on each side of the center line of the 
Wolf Creek Highway as said highway has been located over 
and across or adjacent to the said property; the location 
of the said strip of land {in so far as it encroaches up- 

on said property) being determined by the said center Line 
from Station 2404+86.2 to Station 2430+92,6, which portion 
of center line is described as follows: 


Beginning at a point which is Engineer's center line 
Station 2404+86.2 opposite and 70 feet distant from which 
point the northeasterly line of the said strip of land in- 
tersects the west line of the J. Harrison D.L.C.No. 37; 
said point being 879 feet south and 234 feet west of the 
northwest corner of the said D.L.C. in Township 2 North, 
Range 3 West, W. M.; thence South 61° 53 East a distance 
of 2606.4 feet to Engineerts Station 2430+92.6, opposite 
and 70 feet distant from which station the northeasterly 
line of the said strip of land intersects the south line 
of said property. 


The parcel of land to which this description applies 
contains 7.48 acres. 


2. The Commission does hereby further find and declare 
that the last above described parcel of real property is needed and 
required and the appropriation and acquisition of the same is sought 
under these proceedings for right of way and other highway purposes 
in connection with the construction, improvement, and maintenance of 
the said Wolf Creek Highway. 


3. The Commission does further find and declare that, in 
addition to the acquisition of the said last described tract of real 
property for the purposes herein stated, it is likewise necessary 
that there be acquired all right of access from the remaining prop~ 
erty of the said owners, except access at approximately Engineer's 
Station 2418+00, which said remaining real property abuts upon or 
joins the real property last above described and will when said 
highway is constructed abut upon said highway. 


4. That the State Highway Engineer be and he hereby is 
instructed and directed to make or cause to be made all surveys 
necessary in connection with the determination, description, and 
acquisition of said real property, and said Engineer is further in- 
structed to prepare and submit to the Legal Department necessary 
and adequate descriptions of the said real property, which said de- 
scriptions shall be available for the preparation of any deed or 
deeds or other instrument or instruments necessary to complete 
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The Engineer presented a list of survys that he has ordered since 
the last meeting of the Commission, and asked the Commission to confirm them 
and the amounts allocated for each. After due consideration the Commission 
authorized and instructed the Engineer to make such location surveys on vari- 
ous sections of the highways of this state, which said sections of highways, 
together with their identifying survey numbers and the amounts authorized and 
allocated for such survey expenditures are as follows: 


Right of Way - - 3-1430 - Milwaukie Section, Pacific Highway Last, Clackamas 


County. lst authorization - $50 
Plans - - - - - 61424 - China Creek Slide Section, Oregon Coast Highway, 
Coos County. lst authorization — $300 
Plans ----- 8-1415 - Gold Beach Section, Oregon Coast Highway, Curry 
County. lst authorization - $600 
Quarry ----- 9-1426 - Bend-—Chemult Section, The Dalles-California Highway, 
Deschutes County. 3d authorization - 41400 


Total to date $2800 


Plans - - - - 210-1432 - Oak Creek-Marks Ranch Section, North Umpqua County 
Road, in Douglas County. lst authorization - $125 


Plans - — - - 114-1419 - Odell Section, Odell Secondary Highway #282, Hood 
River County. lst authorization - $1500 
Plans ---- 15-1428 - Ashland Plaza Section, Pacific Highway, Jackson 
County. lst authorization - 4350 
Plans - -~- 18-1454 - Link River Section, The Dalles-California Highway, 
Klamath County. lst authorization - 4100 
Location - - - 18-1455 - Pelican City-Henley Section, Klamath Falls-Malin 
Highway, Klamath Co. lst authorization - $9000 
Quarry - -- - 21-1447 - Lincoln County Section, Alsea, Oregon Coast & New- 
port Hwys, Lincoln Co. Ist authorization - {$200 
Quarry - - - - 121-1448 - Lincoln County Section, Siletz & Eddyville-Blodgett 
Secon, Hwys.,Lincoln Co, lst authorization - $200 
Right of Way - 21-1449 - Depoe Bay Section, Oregon Coast Highway, Lincoln 
County. lst authorization - {$50 
Plans ---- 21-1441 - Scott Creek-Benton County Line Section, Alsea High- 
way, Lincoln Co. 2nd authorization - $850 


Total to date $6500. 


Right of Way - 22-1434 - Albany Section, Pacific Highway East, Linn County. 
lst authorization - $350 
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and instructed the Engineer to send a copy of the same to each employe of 
the State Highway Department; also, to discuss this matter with Mr. Currier 
personally: 


The State Highway Commission has read and taken note 
of the letter recently sent you by an employe of the Maintenance 
Division of the State Highway Department with relation to the forma~ 
tion of a state employes' organization, The object of the organiza- 
tion, as we understand it, would be to seek to better the condition 
of the maintenance employes of the State Highway Department. 


The State Highway Commission has directed me to advise you 
of the position of the State Highway Commission with relation to an 
organization of this kind, 


The State Highway Commission has no objection to its em- 
ployes joining any organization they elect to join, provided such 
organization is in no way subversive or inimical to the public inter- 
est, and further provided that employes do not individually or as an 
organization take an active part in politics. Activity in politics 
by State Highway Department employes is prohibited by the Federal 
Hatch Act and by the regulations of the State Highway Commission. 


Employes are cautioned against forming an organization 
which has as its objective the maintenance of a lobby before the 
legislature, because, in the opinion of the State Highway Commission, 
this would be a violation of its prohibition against political ac- 
tivities. The Commission will not tolerate the introduction of any 
activity, which is deemed political in nature, into the organization 
of the State Highway Department. Employes should remember that for- 
years the State Highway Department has been a nonpolitical organiza~ 
tion which, in a large measure, is responsible for the long tenure 
in office of the employes. 


The hiring, promotion and retention of the eo employes 
of the State Highway Department are controlled through the applica- 
tion of an honest merit system, which is a further protection to the 
employe who seeks to rise in the organization through the merits of 
his own work, Every attempt is made to keep this merit system func~ 
tioning on an efficient and equitable basis. The Commission, as in 
the past, will employ, promote and discharge on the basis of merit 
and without dictation from any group. 
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The Commission discussed and ordered filed a letter signed by sixty 
residents of Port Orford in which they state their willingness to jointly sub- 
scribe to a fund to pay for new right of way for the Oregon Coast Highway 
across the Orris Knapp property at Port Orford, over and above the $10,000 
which the Commission has heretofore offered Mr. Knapp for this property, such 
offer being made so as to avoid postponement of the Port Orford South improve- 
ment. 
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The Engineer reported that contracts Nos. 2328, 2340, 2358, 2386, 
2417 and 2425, for the construction of state highway projects, have been 
completed according to the requirements of the contracts or modifications 
thereof, and that said jobs are now ready for acceptance, The following 
resolution accepting the above projects was offered and was adopted by the 
unanimous vote or the Commission: 


WHEREAS, the Engineer has reported that the following 
State Highway Commission contracts for the construction of state 
highway projects have been completed according to the terms and 
provisions of the contracts and said jobs are now ready for ac- 
ceptance: 


Contract No. 2328, with Leonard & Slate, for road- 
side improvement on the 1iiddleton-Newberg Section of the 
Pacific Highway ‘lest, in Washington and Yamhill Counties. 
Completed ijarch 4, 1941. 


Contract ilo. 2340, with United Contracting Company, 
for grading and paving the Corvallis-Lincoln School Sec- 
tion of the Pacific Highway West, in Benton County. Com- 
pleted April 21, 1941. 


Contract ilo. 2358, with Leonard & Slate, for grading 
and bridges on the Keating Road-Ruckles Creek Section of 
the Baker-Homestead Highway, in Baker County. Completed 
April 28, 1941. 


Contract No. 2386, with E. L. Gates, for roadside im- 
provement on the Cottage Grove Section of the Pacific High- 
way, in Lane County. Completed April 30, 1941. 


Contract No. 2417, with E. L. Gates, for roadside im- 
provement on the Klamath Agency-idodoe Point Section of The 
Dalles-California Highway, in Klamath County. Completed 
March 29, 1941. 


Contract iio. 2425, with i. L. O'Neil & Son, for fur- 
nishing 8,900 cu. yds. crushed materials in stock piles 
on the Florerice Section of the Oregon Coast and Siuslaw 
Highways, in Lane County. Completed April 9, 1941. 


THEREFORE, BE If RESOLVED that the work covered by said 
state highway contracts for the construction of said state highway 
projects be declared completed according to the terms of the re- 
spective contracts, and said jobs are hereby accepted and final pay- 
ment in connection with each is hereby authorized. 
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23-1425 - Baker County Line-Ontario. Section, Old Oregon Trail, 
Malheur County. lst authorization -— $13,000 


Plans --- 23-1426 - Nyssa Section, Old Oregcn Trail, Malheur County. 
lst authorization - $600 


Right of Way - 124-1440 - Detroit-larion Creek Section, North Santiam Highway, 
Marion County. lst authorization - $500 


Plans - — 26-1449 - Front Avenue Section, Pacific Highway West, Multno- 
mah County. lst authorization - 500 


Plans - - 130-1432 - Helix Junction-Athena Section, Athena-Holdman Second- 
ary Hwy., Umatilla Co. let authorization - {$900 


Location ~ 230-1433 - Pendleton Air Base Section, Pendleton Air Base Road, 
Umatilla County. Ast authorization - 


Plans = 230-1434 - Ordnance Depot Grade Separation, Boardman-Stanfield 
Highway, Umatilla County. lst authorization - $400 


Plans - 230-1433 - Pendleton Air Base Section, Pendleton Air Base Road, 
Umatilla County, 2nd authorization - $750 
Total to date $950. 


Plans - 133-1429 - Antelope-Clarno Section, Shaniko-Fossil Secondary 
Hwy., Wasco County. ist authorization - $250 


Marking Non- _ 5: e 
Passing Line 5803-702 General. - Nine Highways. lst authorization $2000 


The Commission had under discussion a letter from contractors Leon- 
ion of time, from November 15, 1940, to March 

ract No, 2328, for construction 

on the Pacific Highway 


November 15, 1940; however, 
evergreens until October 24, 1940. It 
should have been completed by December 


incurred in connection with this 
was presented from the Public Roads 
Commission approved the recommendation, 
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Agreement with the Tum-A-Lum Lumber Company for lease of 
a maintenance headquarters site in Hermiston. 


Agreement with Huber Ray and Ralph Adams, Jr., covering 
the truck hauling of logs across state property adjacent to the 
Salmon River Highway. 


Agreement with Willard Ross covering the truck hauling of 
logs across state property adjacent to the Salmon River Highway, 
Tillamook County. 


Agreement with the Southern Pacific Company covering stor- 
age site at Central Point. 


Agreement with the Public Roads Administration and the 
United States Forest Service covering reconstruction, grading, sur- 
facing and bridge construction on the Wapinitia Highway, as a for- 
est highway project, being Oregon Forest Highway Project 26-C(5). 
(Signed May 8, 1941) 


Bargain and sale deed conveying unto Josephine County 
0.53 acre of land situate in Tract 1, Block 1, Del Rogue Tracts, 
south of Grants Pass. Right of way file No, 7097. 


: Bargain and sale deed conveying unto Ruby R. Bowman one 
acre of land situate in the SEZ of the SE} of Section 13, Township 
9 South, Range 44 East, W. M., Baker County. Right of way file 7421. 


Bargain and sale deed conveying unto Leslie Watters 9,084 
sq. ft. of land situate in Lots 9, 10 and 11 of Block 2, Georgetown 
Addition to St. Helens, Columbia County, Right of way file 8736. 


Bargain and sale deed conveying unto Alfred M,. Peterson 
and wife ten acres of land situate in the SE% of the NW of the 
SW; of Section 14, Township 8 South, Range 1 East, W. M., Marion 
County. Right of way file 1926. 


Bargain and sale deed conveying unto T. L. Kuhns 9,219 
sq. ft. of land situate in Block 22, Long and Landess Addition to 
Cottage Grove. Right of way transaction No. 5694. 


There being no further business to come before the Commission at 
this time the meeting was adjourned at 4:45 p. m 


_ ——— Hoard frog, 
State Highway Engineer Commissioner 
Lis Ole 


Secretary Commissioner 
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The Commission considered and signed agreements, et cetera, as 
follows: 


Agreement with Douglas County providing for mainten- 
ance by the county of a section of the North Umpqua Highway, 
from a point 4.1 miles northeast of Dixonville to a point ap- 
proximately 4 miles west of Glide, after construction of the 
same by the state as a federal aid secondary highway, being 
designated as Oregon Project FAS 14-D(1). 


Agreement with Morrow County providing for the oiling 
of an 0.8 mile section of the Ione-Gooseberry Road, work to be 
done by the state, cost to be paid by the county. 


Agreement with Nettie E. Baker providing for the lear- 
ing of a maintenance headquarters site at Dufur, Wasco County. 


Agreement with the 0.17.R.& N. Company and the Union 
Pacifie Railroad Company covering the construction of an over- 
crossing structure on the Boardman-Stanfield Highway, at Stan- 
field. 


Agreement with the United States Department of Inte~- 
rior, Taylor Grazing Administration, covering construction of a 
pipe line and concrete troughs on the Baker-Homestead Highway, 
Baker County, to eliminate stock pass. 


Agreement with the Portland General Electric Company 
covering the furnishing of electric service at Silver Creek 
Falls State Park . 


Agreement with James W. Ford, Jr., extending the lease 
of a C.C.C. headquarters at Honeyman State Park, Lane County. 


Agreement with the City of Scappoose providing for the 
construction of a new wooden water pipe line necessitated by im- 
provement of the Columbia River Highway at Scappoose. 


Agreement with Portland General Electric Company cover- 
ing the sale of a small pareel of land which the state is purchas- 
ing from the company. Right of way file R-9029. 


Agreement (extension rider) with the 0..R.& N. Company 
and the Union Pacific Railroad Company renewing the lease of an 
oil storage location at Island City. 


Agreement with the City of Klamath Falls providing for 
the installation and financing of a city traffic signal system. 


nt with the United States of America covering the 
crossing of the Stanfield-Boardman Highway over an irrigation feed 
canal in Umatilla County. 
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HOOD RIVER SECONDARY HIGHWAY 
DEE-WOODWORTH ACRES SECTION = GRADING, SURFACING AND OILING 


Porter W. Yett $51,836.00 of 
C. J. Eldon 53,755.00 ‘ 
Parker-Schram Co, 63,603 .00 5. 
SANTIAM HIGHWAY Pe 
CRABTREE CORNER=LEBANON SECTION - GRADE WIDENING AND PAVING ja 
5 ¢ By 
Warren Northwest, Inc. $69,336.00 rt 
Parker-Schram Co, 74569700 er. 
Porter W, Yett 86,305.00 Rie. 
United Contracting Co. - 89,564.75 Zz 


| 
PACIFIC HIGHWAY WEST u 4 

FRONT AVENUE (WASHINGTON STREET-CLAY STREET) SECTION ae 
GRADING AND PAVING : 


Edlefsen-Weygandt Co. $223 , 790.80 
Porter W. Yett 241,740.50 
Parker-Schram Co. 249,625.10 
: HARBOR DRIVE - CITY OF PORTLAND - 
MORRISON STREET BRIDGE - APPROACHES & RETAINING WALLS es 


L. He Hoffman $78,005.00 
Gilpin Construction Co, 79,019.00 
Parker-Schran Co, 89, 805,00 
Geo. H. Buckler Co, 94,155.00 


: BOARDMAN-STANFIELD HIGHWAY 
UMATILLA RIVER OVERCROSSING AND OTHER STRUCTURES NEAR STANFIELD 


C. J, Montag & Sons $61,627.50 
Pirkemeier & Saremal 61,755.00 
C. J, Eldon 62,717.00 
Henry L. Horn 66,532.00 
Le He Hoffman 80,282.00 


The Engineer discussed with the Commission the matter of the removal 
of car tracks along Front Street in Portland, particularly a letter from A. J. ve 
Witchel, Chief Engineer of the S. P. & S. Railroad Company, requesting permis- ia 
sion to remove and salvage the rails and agreeing to do the work in accordance 4 
with the wishes of the State Highway Department and with the least inconveni- 
ence to the state's contractor, The Engineer advised that the removal of the 
rails would necessitate the cutting of the pavement, which is of the Belgium 
block type, and gave as his understanding that the Railroad Company wants the 
privilege of salvaging the rails, but wants the state to pay the cost of 


Portland, Oregon, May 22, 1941 


The State Highway Comaission met in regular session at 9:00 a. m. 
in the auditorium of the Public Service Building. Present were: 


Henry F. Cabell, Chairman 

Huron W. Clough, Commissioner 

R. H. Baldock, State Highway Engineer 
H. B, Glaisyer, Secretary 


Commissioner Oliver was excused from attending this meeting. 


Bids, as follows, for highway construction projects were opened and 
read in conformance with previously-published notice, following which Chairman 
Cabell announced that awards would be made at 3:00 p. m. in the same room: 


OREGON COAST HIGHWAY 
ASTORIA (ASTOR STREET-BOND STREET) SECTION 
GRADING AND PAVING 


United Contracting Co. $26,931.00 
Warren Northwest, Inc. 28,388.00 


Parker~Schram Co, 28,721.50 
Porter W. Yett 29,166.00 


WOLF CREEK HIGHWAY 
VOLLMER CREEK AND NECANICUM JUNCTION SECTIONS 
GRADING, SURFACING & BIT. MACADAM 


Porter W. Yett 
Babler Bros. 
E. L. Rigdon 


TILLER-TRAIL SECONDARY HIGHWAY 
DAYS CREEK-WRIGHT RANCH SECTION - GRADING, SURFACING & OILING 


E. L. Rigdon $46,549.75 
C. J. Eldon 47,360.35 
Clifford A. Dunn 47,433.10 
Ee Le Gates 48,928.25 
A, Milne 52,214.00 


NORTH UMPQUA COUNTY ROAD 
OAK CREEK-MARKS RANCH SECTION - GRADING, SURFACING, OILING & BRIDGE 


E. Le Rigdon $65,442.50 
0. C. Yocom 65,681.75 
Ciifford A. Dunn 68,979.00 
A. Milne 69,297,00 
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the discussion of this matter the question arose whether or not the majority 

of the property owners a,prove the rerouting of the highway along First Street. 
It was decided to hold a public hearing in Ontario some time in July to ascer- 

tain the attitude of the people in regard thereto. A definite date for the mar- 
ing is to be set later, 


Mr. Don T, Meldrum, Head of the Land Division, U. S. Engineer's 
office, Portland, was present in regard to securing a small tract of state- 
owned land adjacent to the Old Oregon Trail in front of the new Pendleton Air 
Base, on which to establish a radio station. He said that unfortunately the 
site that they originally selected is bisected by the new state highway which 
extends from the Old Oregon Trail to the army cantonment area, so they revised 
their plans and will now require only that portion of the original site that 
lies east of the new highway, and have eliminated from such area 1.31 acres 
immediately adjoining the Old Oregon Trail, as it was understood that the 
State wanted to retain this small tract. He further advised that, according 
to the government's agreement with the City of Pendleton, the city is to fur- 
nish the land needed for this radio site, so any arrangement for the sale of 
the tract would have to be consummated with the city. After discussion, the 
Commission authorized the sale of the property to the city, provided the city 
will pay a fair sum for the same. The Assistant Attorney was instructed to 
contact the city officials relative thereto. The Commission approved his sug- 
gestion that a price of $100 per acre be paid for the land, and that the city 
also assume the payment of any damage that might be demanded by the present 
tenant. The final decision in the matter is to be rendered when the Attorney's 
report has been filed. 


Mr. Paul B, Rynning, County Engineer of Jackson County, came before 
the Commission in behalf of Jackson County Court relative to the improvement 
of the Crater Lake Highway for a distance of seven miles north of Medford, 
where it passes through the site of a proposed U. S. Army cantonment, He ex- 
hibited a map showing the proposed cantonment area and needed highway improve- 
ments, and advised that request has been made that the highway improvements 
be completed within the next four months, so as not to interfere with con- 
struction of the cantonment facilities, which will get underway about that 
time, The matter was discussed at considerable length, but a decision was de- 
ferred pending personal inspection of the premises by members of the Commis- 
sion and the engineering staff on the following Saturday, when they will be 
in that vicinity. 


Mr. Wm. P. Ellis, Attorney for the Pierce Auto Freight Lines, was 
present and requested authority for his client to transport over the Pacific 
Highway, between the California State Line and Medford, as a temporary expedi- 
ent, loads weighing in excess of the statutory weight limits. The Commission 
denied the request in view of the action taken by the 1941 Legislature on this 
sub ject. 


The Engineer brought up for discussion the request of Clackamas 
County Court for the designation, as state secondary highways, of the county 
roads known as Canby~Marquam Road and Molalla-North Fork Road. He estimated 
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replacing the pavement, He estimated that it would cost about $7,000 to re- 
establish the pavement; however, r+ ommended that the request be granted, 
provided the Railroad Company will assume this expense which, he says, is an 
obligation that the Railroad Company assumed in securing its franchise from 
the City of Portland. 


iir. Wm. A. Bowes, Commissioner of Public Works, Portland, was pres- 
ent, and advised that the federal government is interested in the salvaging 
of the rails in connection with its defense program, After discussion the 
Commission approved the Engineer's suggestion that the railroad company be 
allowed to salvage the rails, if it will pay the cost of replacing the pave- 
ment in a satisfactory manner, not later than July 10, 1941, so as not to 
interfere with the operations of the State's contractor on the Front Avenue 
project. Commissioner Bowes agreed to notify the Railroad Company of the ac- 
tion taken, 


The Engineer reported a request from Harney County Court for an 
additional state contribution in connection with the construction of the 
Rome-Princeton Secondary Highway No. 442, near Follyfarm. He said that 
C.G.C. forces had been constructing this road, and it was intended to build 
a twenty-mile section thereof; however, they had completed only eight miles 
when the work was closed down, leaving a twelve-mile section on which the 
County desires to continue operations, In connection with this work, he said, 
the County is furnishing two tractors and has asked the State to pay for the 
gasoline for the operation of one of them, which the County estimates will 
not exceed $500. He recommended approval of the County's request. The Com- 
mission approved the recommendation. 


The Engineer also brought up for discussion the matter of the pro- 
posed improvement of South Sixth Street, Klamath Falls. He advised that the 
people of Klamath Falls are demanding pavement wide enough for four lanes of 
traffic which will require the widening cf the right of way and the purchase 
of considerable expensive property, whereas the improvement as planned pro- 
vided for only three lanes of traffic on the present 60-ft.right of way. He 
suggested that these people be told that the Commission will consider their 
request for four lanes of traffic if they will secure options from the prop- 
erty owners for all of the extra right of way needed, such options to be on 
the Highway Department's standard option form and provided further they will 
also furnish the Commission with bona fide bids from house movers for the re- 
moval of buildings from the new right of way. This matter was discussed in 
detail at considerable length, but no definite decision was reached, The En- 
gineer was instructed and authorized to make further investigation, and to 
submit estimates of cost to construct the project on a 60-ft. right of way 
throughout the entire length of the proposed improvement and on an 80-ft. 
width right of way, and to present the same to the Commission for considera- 
tion at the meeting on June 12, 


Mr. F. P. Ryan, City Recorder of Ontario, Oregon, was present and 
presented petitions signed by numerous property owners of that town, request- 
ing the improvement of First Street, Ontario, as a state highway route. In 
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further advised that Mr, Golse refuses to move the stand notwithstanding that 
he has been ordered to do so by Division Engineer E, A, Collier. 


Chairman Cabell stated that he believed that the whole trouble lies 
in the fact that Mr. Golse is dissatisfied with the original settlement and 
wants more money for his land and believes that he has been treated unfairly. 
He suggested paying Mr. Golse an additional sum of $50,00 to close the matter, 
and to let iff, Golse perform the work involved, The suggestion was approved 
and it was so ordered, 


The Commission adjourned at 12:30 p. m, and reconvened at 2:00 p, m. 
in the same room with the same persons present and participating. 


A delegation from Klamath Falls, representing the Klamath Falls 
Chamber of Commerce, was present and discussed with the Commission the proposed 
improvement of South Sixth Street, Klamath Falls, present route of the Klamath 
Fails-Lakeview Highway, Mr. H..P. Bosworth, President of the Chamber of Com 
merce, headed the group, which included Earl Reynolds, Secretary of the Cham- 
ber; T. B, Waters, Chairman of the Highways Committee; Senator E. A. Cornett; 
A. D. Collier; Nelson Reed; and E, A, Thomas, City Engineer. They urged the 
Commission to improve this street for four lanes of traffic rather than for 
three lanes of traffic, as has been proposed. Mr. Bosworth said that whereas 
the present right of way is only 60 feet wide, many of the buildings situate 
adjacent thereto have been set back ten feet on each side, so that really the 
right of way is equivalent to 80 feet in width and, if the Commission should 
now decide to construct only a three-lane highway on the present right of way, 
he is convinced that the owners of these buildings will move their buildings 
forward and there would be no opportunity in the future to acquire the full 
80-ft. right of way, except at excessive expense, The people of Klamath Falls, 
he said, feel that a three-lane highway will not make for safety; furthermore, 
it will force development to the south and east and will adversely affect all 
of the property along South Sixth Street. He also said that the owners of 
property along this street have agreed to relinquish a ten-foot strip along 
the front of their properties to facilitate the improvement on a four-traffic- 
lane basis, He referred to certain documents previously delivered to Mr. C.W. 
Parker, State Right-of-Way Agent. Mr, Bosworth also said that they would be 
Satisfied with the limiting of four traffic lanes to the section south of the 
railroad viaduct. 


The State Highway Engineer pointed out that the existing viaduct 
forms a bottleneck for a four-lane highway and that to widen this viaduct 
would be a costly undertaking; furthermore, the approaches to the viaduct are 
on a seven per cent grade, which becomes very slippery and dangerous for trav- 
el, when wet or frosty. He recalled that the Commission has made studies of 
a bypass route which, in his estimation, would greatly surpass a four-lane 
improvement on South Sixth Street, and, if such bypass route were constructed, 
it would relieve the congestion on South Sixth Street and would render the im- 
provement of such street of minor importance. This is a major problem, he 
added, and full information in regard to the situation is not yet available, 
but he has been instructed by the Commission to report at the next meeting,on 


the cost to reconstruct the Canby-Marquam Road, which is eight miles in 
length, to modern standards, at j250,000, and to repair the existing road 
at $35,000. He also estimated the annual maintenance cost at $17,750. To 
construct the Molalla-North Fork Road, which is 7.6 miles in length, he 
estimated would cost about $260,000, whereas, the cost to repair the exist- 
ing road is estimated at $58,000, and annual maintenance expense at $20,500, 
In this connection he also reported on the cost to maintain the county road 
in the city of Canby over which truck hauling of logs is being carried on, 
He estimated the expense of putting the present road in good condition at 
$2,400, and the annual maintenance expense at $1,500, as compared with an 
estimated cost of $25,000 to rebuild the road on new alignment, including 
cost of right of way, as has been suggested by the County Court and the 
Canby city officials. He recommended the designation of the Canby-Marquam 
Road as a state secondary highway, and approval of an expenditure of $35,000 
this year, to put the existing road in good condition, He also recommended 
the expenditure of about 52,000 to repair the existing road in the town of 
Canby, however, recommended against the placing of the Molalla-North Fork 
Road on the secondary highway system because, in his estimation, there is 
only a 1.9 mile section of this road between Molalla and the North Fork 
Bridge that meets secondary highway requirements, After discussion, the 
Commission approved the Engineer's recommendation, subject to confirmation 
by Commissioner Oliver, the work involved to be done with state forces. 
Resolutions covering this matter are to be adopted by the Commission at its 
first meeting, when all three Commissioners are present, 


The Commission discussed briefly the Engineer's report on the mat~ 
ter of establishing free ferry service across the Columbia River at The 
Dalles, but deferred action thereon until its meeting on June 12, 


The Engineer reported the cost to recondition and stabilize streets, 
other than state highway routes, in various cities throughout the State, 
over which general trucking is being carried on. He estimated such cost 
in 111 incorporated cities and towns at $256,199. He suggested the adoption 
of a state-wide policy in such matter before making any commitments thereto. 
Tne suggestion was approved by the Commission, which instructed the Engineer 
and the Attorney to submit a recommendation as to such policy at the June 12 
meeting of the Commission, such recommendation to include a list of the 
streets in the various cities and towns over which logging operations are 
being carried on. The Engineer was instructed to inform the City Council 
of Albany of the action taken, and to also notify Mr. Herman Kehrli, Execu- 
tive Secretary of the League of Oregon Cities, of the intentions of the 
Commission in this regard, 


Hy 


| 
' 
. 
| 
& 


tariee emp rl te ee 
lovee 


ea sehy er hee 


Chairman Cabell brought up for discussion the complaint of Frank 
Golse, with respect to settlement for right of way required for the Lower 
Columbia River Highway, in Columbia County. The Assistant Attorney advised 
that Mr. Golse is a hard man to please; that the Highway Department has done 
everything and more than it promised to do in connection with this settle- 
ment, except the grading of a small area which is occupied by ifr. Golse's 
fruit stand and which cannot be done until the fruit stand is moved, He 
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if the Commission would assure them that it would build a four-lane street, 
and inquiry was made whether or not the Commission will proceed with the con- 
struction of a three-lane highway at once if the Commission finds it is not 
feasible to construct a four-lane highway. Chairman Cabell replied that the 
Commission hopes to be able to contract the improvement some time this fall, 
but there is nothing definite about it and, of course, the Commission is not 
in a position at this time to state whether it will be a three-lane or a four- 
lane improvement. He gave as his opinion, however, that the construction of 
a permanent highway on the proposed bypass route would be undertaken much 
sooner if the South Sixth Street improvement were constructed for three lanes 
of traffic. This concluded the conference with respect to this project. 


Mr. Bosworth inquired as to the plans of the Commission for addi- 
tional improvements on The Dalles-California Highway, and gave as his under- 
standing that the Commission intends to place two jobs under contract this 
year, as follows: Reconstruction between Graham Marsh and Algoma, and between 
Terminal City and the foot of Algoma Hill. He urged the Commission to con- 
tract these projects at an early date, so as to insure their completion this 
year, 


The Engineer advised that the projects are scheduled for contracting 
at the June meeting of the Commission, but whether or not the Commission will 
be in a position to take bids for them at that time depends upon the outcome 
of negotiations with the Railroad Company with respect to encroachments on its 
property. Mr. Bosworth inquired whether or not the Commission would object to 
the city-consulting with the Railroad Company with respect thereto, and was 
assured by the Commission that such action on the city's part would be satis- 
factory. 


Mr. Lloyd R. Crosby, General Manager of the Consolidated Timber Com- 
pany, Portland, was present and requested authority from the Commission to 
conduct certain log hauling operations along the closed section of the Wilson 
River Highway, west of the summit of the Coast Range. He said that the Com 
pany has salvaged a large quantity of logs from highway right of way clearing 
operations and they would like to transport these logs to market at Tillamook 
before the highway is opened for general public use. Further, that it would 
take about four weeks to do the hauling. He also said that there is no high- 
way work under way at the point where the logs are situate, and that they would 
immediately cease log hauling operations when the State's oiling contractor 
commences the work under his contract, The Engineer recommended approval of 
this request provided there are no objections on the part of Mr. E. J. Grif- 
fith, Administrator of the W.P.A and, provided further, that the log hauling 
operations cease when the State's contractor starts his oiling work. The Com 
mission approved the recommendation, and instructed the Engineer to contact 
the \),P.A. office-immediately in regard thereto. 


Mr. H. D. Farmer, Senior Highway Engineer, Public Roads Administra- 
tion, was present and discussed with the Commission the matter of maintenance 
of the North Santiam Highway, between Detroit and the Santiam Highway junction, 
He said that the Forest Highway budget for the fiscal year 1941 contained 
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the cost of the alternate improvements, one of which contemplates the con- 
struction of a three-lane highway south of the railroad viaduct, the widening 
of the viaduct, and the improvement of a two-lane highway from the viaduct to 
Market Street; and also to report the cost to construct an entirely new high- 
Way along the proposed bypass route. It was his thought that the improvement 
of South Sixth Street should not end at the viaduct, because of the bottleneck 
situation, but should extend to a convenient point north of the viaduct, and 
his report will cover the full distance, so the Commission will have the bene- 
fit of this information and a complete picture of the problem, when it makes 
its decision, 


Mr, Bosworth advised that the right of way, from the viaduct to a 
point known as Washburn Way, will be donated by the propefty owmmers, Mr. 
Collier advised that the right-of-way agreements which the property owners 
have filed were prepared by competent lawyers and, in his estimation, are 
bindings; furthermore, the signatures are bona fide. 


Chairman Cabell advised that if this project were to extend to the 
south side of the viaduct, the Commission's problem would be comparatively 
simple; however, the presence of the viaduct complicates the situation and 
the question arises how much money the State should spend in remodeling the 
viaduct, if it also constructs the proposed new route, in view of the fact 
that South Sixth Street must be considered a city street, and its improvement 
would have to be on that basis, He pointed out that South Sixth Street is 
not a federal aid route, so there is a question whether or not federal aid 
grade crossing money could be used to finance the remodeling of the viaduct, 
He also stated that if everyone were in agreement with respect to the improve- 
ment of South Sixth Street as a three-lane highway, then the Commission would 
be in a position to proceed with its improvement, 


Senator Cornett alleged that the viaduct is not an immediate 
problem because the worst condition exists beyond East Main Street, which 
is south of the viaduct and where a large volume of traffic turns off to go 
to the business district of Klamath Falls. He also said that the city would 
assume the responsibility of securing the additional right of way needed for 
a four-lane highway on South Sixth Street. 


This matter was discussed at further length in considerable detail, 
during which it was brought out by the State Highway Engineer that it would 
not be possible in any event to contract the improvement before the ond of 
the year, because of the work involved in completing the investigations and 
Surveys, acquiring right of way, and in preparing plans and specifications, 
It was mutually agreed that the City of Klamath Falls will assume the respon- 
sibility of securing right of way options, such options to be taken on stand- 
ard forms furnished by the State Highway Departrent. The Engineer was author- 
ized and instructed to make a complete econaic study of the alternate routes 
and to furnish the city with option forms and right-of-way descriptions as 
soon as possible, 


The statement was made by one of the members of the delegation that 
they would be willing to wait a while for the improvement of South Sixth Street 


———————_ 
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would be advisable to rewrite the specifications in that regard and require 
such class of material to be furnished notwithstanding that it would increase 
the cost of the project about $20,000, It was his thought that a road built 
on such specification would provide a much better job, and materially de- 
crease the annual maintenance cost, which is a state obligation, and that the 
additional construction expense is fully justified, After discussion, the 
suggestion was approved by all concerned, and it was mutally agreed to trans- 
fer the $20,000 needed from the Port Orford South project. 


The matter of constructing a bridge on the Tiller—Trail Secondary 
Highway, near its junction with the Crater Lake Highway, was discussed. Com- 
missioner Clough recalled that provision was made in a previous forest highway 
program for this bridge, which is estimated to cost $35,000, but the item was 
subsequently deleted from the list because of the limited amount of funds 
available, and the need for the money on more important work. However, it was 
agreed at the time that the bridge would be constructed in an early program, 
He suggested that it would be advisable, in view of the fact that the Port or- 
ford South project cannot proceed, that the $935,000 needed for the bridge be 
secured from such project. The suggestion was approved by all concerned, and 
it was so ordered, 


The question of where to spend the $105,000 remaining in the Port 
Orford South allocation was then discussed, and it was suggested that such 
moneys should be transferred to the Wapinitia-Warm Springs Forest Highway 
project, which is estimated to cost $120,000, and the contracting of which, 
it was agreed at a previous meeting, should be postponed until this fall or 
next spring on account of Congressional reduction in the Forest Highway appro- 
priation. After considerable discussion it was agreed by all that the $105,000 
should be held intact to finance the improvement of some section of the Oregon 
Coast Highway, and that the Wapinitia-Warm Springs project should be advanced 
in the construction program. 


At 3:00 p. m. Chairman Cabell announced the folowing awards of con- 
tracts, for which bids were taken at the morning session, such awards having 
been previously approved by the Commission by unanimous vote: 


"Astoria (Astor Street-Bond Street) Section of the Oregon Coast 
Highway, in Clatsop County. 0.18 mile grading and 0.40 mile paving. 
United Contracting Co., Portland, submitted the low bid for this 
work, in the amount of $26,931.00. Warren Northwest, Inc., Portland, 
was second-low with its bid of $28,388.00. There were two higher 
bids. The Commission refers all bids to the Engineer with power to 
award the contract to the low bidder, United Contracting Co., when 
certain conditions have been fulfilled, 


"Vollmer Creek and Necanicum Junction Sections of the Wolf Creek 
Highway, in Clatsop County, 0.95 mile grading, surfacing and bitunin- 
ous macadam. Porter W. Yett, Portland, submitted the low bid for this 
work, in the amount of 432,652.50, based on the use of tar. He did 
not submit a bid based on the use of asphalt. Babler Bros., Portland, 
submitted the next-low bid, in the amount of $34,080.00, based on the 
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provision for maintenance and betterment of forest highway sections during 
the maintenance period for which the Public Roads Administration is obligated 
under coonerative agreements, and that under such provision it is planned to 
reseal a portion of an existing bituminous surface on the two-mile section of 
the North Santiam Highway, which is estimated to cost about $1,000. This work, 
he said, would ordinarily be done as a “day labor" project by the Forest Ser- 
vice; however, it now appears to be to the best interests of all concerned if 
the State will perform the work with one of its oiling crews when working in 
that vicinity, due to the fact that the section is isolated, and the work 
could be performed by the State at less expense than it could be done under 
the original arrangement. He inquired whether or not the Commission would 
authorize the State's oiling crew to do this work if the Government would pay 
the cost involved. After discussion, the Commission approved such an arrange- 
ment, and thereupon signed a memorandum agreement with the District Engineer 
of the Public Roads Administration covering the matter. 


The Commission discussed with W, H. Lynch, District Engineer, Public 
Roads Administration, matters pertaining to several forest highway projects. 
Others present and participating in the discussion were H, D. Farmer and T.M, 
Davis, Senior Highway Engineers; and R. L. Kellogg, Highway Engineer, repre-~ 
senting the Public Roads Administration; and James Frankland, Regional Engi- 
neer, representing the U. S. Forest Service. Mr. Lynch advised that at a 
recent contract letting of forest highway projects, bids were taken for the 
reconditioning of the section of the Willamette Highway in the vicinity of 
Odell Lake, for which the sum of $85,000 of forest highway funds has been 
budgeted; however, inspection of the bids received reveals that the job will 
cost about $20,000 more than the amount provided, in view of which, if the 
job is to proceed as planned, it will be necessary to provide additional 
funds, He suggested, as an alternate proposition, the decreasing of the mile- 
age of the project a sufficient amount so that the work could be done at a 
cost not to exceed the amount now available. He also suggested, if the Com- 
mission prefers that the work proceed as planned, the transfer of $20,000 
from the Port Orford South Forest Highway project which, according to pres- 
ent indications, cannot go forward this year on account of right-of-way dif- 
ficulties. He agreed to recommend the construction of the Port Orford South 
project in next year's program if such sum is taken away from this project 
now, Mr. Frankland said that he would concur in the recommendation. After 
considerable discussion it was agreed by all that it would be advisable to 
reduce the length of the Willamette Highway project to five miles, and to re- 
advertise on such basis for bids to be received at a future time. 


Mr, Lynch also reported that at such contract letting bids were 
also received for the construction of the Fox Valley Section of the Pendleton- 
John Day Highway, in Grant County, the low bid being $10,000 in excess of the 
funds provided for this job. He suggested the transfer of some of the money 
from the Port Orford South project to make up this difference because it 
would not be practicable to cut down the length of this work. In the discus- 
sion of this matter the question arose whether or not "choke stone" base should 
have been called for in the specifications, it appearing that bids were taken 
on a different specification. The State Highway Engineer suggested that it 
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low bid, in the amount of .7,019,.00, There were two higher bidders. up 
The Cogmission rejects all bids and hereby orders the project read- ee 
vertised, ; 


tymatilla River Overcrossing and other structures near Stanfield, 
on the Boardman-Stanfield Highway, in Umatilla County. C. J. liontag 
& Sons, Portland, submitted the low bid, in the amount of $61,627.50, 
and Birkemeier & Saremal, Portland, submitted the second-low bid, in 
the amount of 961,755.00. There were three higher bidders, The Com 
mission refers all bids to the Engineer with power to award the con- 
tract to the low bidders, C. J. liontag & Sons, when certain conditions 
have been fulfilled." 


The County Court of Clackamas County, represented by County Judge 
E. Le Pope and County Commissioners C, W. Kruse and George G. Randall, and 
County Engineer D. T. Meldrum, was present in regard to the designation as 
state secondary highways of the Canby-Marquam County Road and the Molalla- 
North Fork County Road. They inquired as to what decision the Commission has 
reached with respect to such designations, and also with respect to the im 
provement of the county road in the town of Canby over which log hauling 
traffic is being carried on. Chairman Cabell advised that the Commission has 
approved the expenditure of about $2,000 for the improvement of the present 
road through Canby and has agreed to designate as a state secondary highway 
an 8-mile section of the Canby-Marquam Road south from Canby to a junction 
with the Woodburn-Mount Hood Loop Secondary Highway, and such designation 
will be made at the first meeting when all three Commissioners are present, 
that being a legal requirement. Furthermore, the Commission has authorized "1 
an expenditure of $35,000 of state funds to repair this 8-mile section, the PN 


work to be done this year with state forces. However, the Commission does , 
not feel that it is justified in so designating the Molalla-North Fork Road, - 


and has gone on record as being opposed to such designation. Chairman Cabell 
also mentioned that the decision of the Commission to designate the Canby- 
Marquam Road a state secondary highway is conditioned upon the county clearing 
the right of way of all encroachments including fences, buildings, et cetera, 
within the borders of the right of way, which, it is understood, is 60 feet 
wide, Judge Pope asked the Commission for a letter demanding the removal of 
such encroachments which, he said, would be helpful to the Court in meeting 
the Commission's requirements. The Commission approved the request and in- 
structed the Engineer to forward such letter. 


County Commissioner Kruse suggested that the Commission might see 
its way clear to designate a short section of the Molalla-North Fork Road 
between ifolalla and a place known as Dickey Bridge, 1.9 miles in length, as 
a state secondary highway. However, the Commission declined to do this. 


Mayor Roy L. Kinsman and Councilman Raymond Crowder, of Arlington, 
came before the Commission and asked for the construction of a road 13 miles 
long, leading from Arlington to the U. S. Army Airport, which is to be used in 
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use of tar. No bid was submitted by them based on the use of as- 
phalt, There was one higher bidder. The Commission awards this 
contract to Porter W, Yett, at his low bid of ‘32,652,50, based 

on the use of tar, 


"Days Creek-Wright Ranch Section of the Tiller-Trail Second- 
ary Highway, in Douglas County. 4,30 miles grading, surfacing and 
oiling. E. L. Rigdon, Hampton, submitted the low bid for this proj- 
ect, in the amount of $46,549.75. The second-low bid was submitted 
by C, J. Eldon, Portland, in the amount of $47,360.35, There were 
three higher bidders, The Commission awards the contract to the 
low bidder, E. L, Rigdon, at his bid off $46,549.75. 


sasichdinsa estan eile ahi pt Da 


"Qak Creek-jjarks Ranch Section of the North Umpqua County Road, 
in Douglas County. 2.97 miles grading, surfacing and oiling, and 
construction of a bridge. E. L. Rigdon, Hampton, submitted the low 
bid for this work, in the amount of $65,442.50. 0. C. Yocom, Willa- 
mina, submitted the second-low bid, in the amount of '3655681.75-6 
There were two higher bidders. The Commission awards this contract 
to E. L. Rigdon, at his low bid of $65,442.50. 
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"Dee-Woodworth Acres Sectioa of the Hood River Secondary High- 
way, in Hood River County. 1.95 miles grading and 3.15 miles sur- 
facing and oiling. Porter W. Yett, Portland, submitted the low 
bid for this work, in the amount of $51,836.00. C. J. Eldon, Port- 
land, was next low, with his bid of 953,755.00, There was one high- 
er bidder. ‘he Commission rejects all bids for this project, and 
it is hereny ordered readvertised. 


"Crabtree Corner-Lebanon Section of the Santiam Highway, in 
Linn County. 3.17 miles grade widening and paving. Warren North- 
west, Inc., Portland, submitted the low bid for this work, in the 
amount of 569,336.00. Parker-Schram Co., Portland, submitted the 
second-low bid, in the amount of $74,697.00. There were two high- 
er bidders. The Comnission awards this contract to “he low bidder, 
Varren Northwest, Inc., at its bid of $69,336.00. 


"Front Avenue (\/Jashington Street-Clay Street) Section of the 
Pacific Highway “lest, in imltnomah County. 0.50 mile grading and 
paving. Udlefsen-/eygandt Co., Portland, submitted the low bid for 
this project, in the amount of ¥223,790.80. Porter W. Yett, Port- 
land, submitted the next-low bid, in the amount of $241,740.50. 
There was only one other bidder. The Commission awards the contract 
to Ddlefsen-weygandt Co., the low bidder, at its bid of $223,790.80. 


"Morrison Street Bridge approaches and retaining walls on Harbor 
Drive in the City of Portland, in Multnomah County. L. He Hoffman, 
Portland, submitted the low bid for the work, in the amount of 
$78,005.00, Gilpin Construction Co., Portland, submitted the next- 
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1 Diesel power plant for Santiam Headquarters. Estimated te 3 


1 Conerete vibrator for Bridge Department, at estimated cost 
of $443.00, together with 1 three-beam platform wheelbarrow 
scales, Estimated to cost $165.00 


3 Concrete carts. Estimated cost $44,00 each. 


The Commission approved the request, and ordered that this equipment be our~ 
chased through the State Purchasing Agent, in accordance with the ugual prac- 
tice. 


The Commission discussed the advisability of sending liiss Irene mY 
Payne to Walla Walla, Washington, during the period May 21 to May 24, inclu- 3 
sive, as a representative of the Travel and Information Depagtment, at a wus 
travel show which is to be conducted at that place, The Engineer estimated 
the expense involved at {30,00 and recommended approval, The Commission ap~ 
proved the recommendation subject to further approval by Governor Spragu®, 


The Commission also approved, upon recommendation of the Engineer, 
an out-of-state travel authorization for Landscape Engineer George Otten to i 
attend a meeting of District No, 1, Public Roads Administration Roadside In- ’ 
provement Committee, which is to be held in Spokane, Washington, during the 
early part of June, provided Governor Sprague also approves the expense. 


The matter of designating certain representatives of the State High 
way Department to attend the meeting of the Western Association of State High- 
way Officials, in Casper, Wyoming, from June 17 to 20, inclusive, was dis- 
cussed, It was decided that all members of the Commission and the State High- 
way Engineer should attend this meeting, provided Governor Charles A, Sprague 
will approve out-of-state travel and the expense involved, 


The Engineer brought up for diseussion the matter of investigating 
prospective bridge sites along the Columbia River, as has been authorized by 
the 1940 Legislature, He estimated the cost of such investigations at $50,000, a. 
and inquired whether or not the Commission desired to go to this expense which, F, 
he said, would be paid 50 per cent by the Washington Highway Department inas- Z 
much as this is to be a joint investigation by both departments, The Commis- 
sion approved the expenditure for this purpose provided the State of Washing- .. 
ton will pay one-half the cost involved, AES 


The Secretary presented a letter from Loyal M. Graham, Forest Grove, 
expressing appreciation for naming the Devils Fork Bridge, on the Wilson River Be 
Highway, in Washington County, "Graham Bridge" in his honor, The Commission i. 
was glad to be able to pay tribute to Mr, Graham in this manner, in view of 
the service that he has rendered the State of Oregon in conneetion with the 
good roads movement, 


The Commission considered and ordered filed, for future considera- 
tion, a petition from residents of the town of Timber and vicinity requesting 
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connection with the Army's ammumition dump south of Arlington. The request 
was denied, it appearing to the Commission that this road is not for the use 
of the general motoring public and it being contrary to the policy of the 
Commission to expend state funds for the construction or improvement of roads 
that are not to be used, at least partially, by such general motoring public, 
It was the thought of the Commission that the road requested is for defense 
purposes, so the Federal Government should build it at Government expense. 


Messrs. Ralph P. Schindler, City Recorder, and C. L. Willey, City 
Engineer, of Corvallis, came before the Commissign in regard to the improve- 
ment of North 9th Street (Pacific Highway West) in the north city limits of 
Corvallis, and the widening of Third Street (Pacific Highway West), from 
Adams Street to the Mary's River Bridge. The Engineer estimated the cost to 
construct both projects at about $50,000, and suggested that both jobs be 
done under one contract, when funds are available to finance the work. He 
pointed out, however, that the proposed improvement north of Mary's River 
Bridge involves the removal of some trees. Mr. Schindler advised that the 
City of Corvallis will assume the responsibility of securing the consent of 
the property owners for the removal of the trees. 


Chairman Cabell advised that the Corvallis North improvement has 
considerable merit and is badly needed. He gave assurance that the North 9th 
Street project would go forward as soon as the Commission is able to finance 
it, and perhaps also the widening work requested north of the bridge, although 
the Commission is not in a position at the present time to make a definite 
commitment with respect to such work, The Engineer was thereupon authorized 
by the Commission to make surveys as may be necessary in connection with both 
projects and to prepare plans and specifications for each, so they will be 
ready when the Commission sees its way clear to advertise the work for bids, 


Mr. Schindler then asked the Commission to authorize transportation 
of twelve logs, sixty feet long, over the Alsea Highway, from a point on the 
west side of Alsea summit to Corvallis, He said there would be four loads, 
and that the logs are to be used in connection with the construction of a 
bridge at Corvallis, He also said that the city's request for this privilege 
was presented to the Salem office of the Commission, but was denied because 
the loads could not be transported over Alsea jjountain without taking up more 
than half the road, After discussion, the Commission authorized the granting 
of such permit under the condition that the party doing the hauling will fur- 
nish customary insurance in the amount of $50,000/100,000 public liability, 
and 410,000 property damage, and will move the logs under the protection of 
three flagmen, one to proceed in advance of the movement, one to follow in 
the rear of the movement, and the third to ride the truck so as to guard 
against the side-swiping of other traffic. 


The Engineer requested authority to purchase the following equip- 
ment: 


1 Electrically-operated pump, 25-gallon per minute capacity. 
Estimated cost $605.00 
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The matter of permitting the Detroit Power Company to maintain a 
power line along the North Santiam Highway, between the towms of Detroit 
and Idanha, had the attention of the Commission. The Secretary advised 
that the Company has already secured a franchise from the Marion County 
Court authorizing such construction, which franchise was issued by the Court 
after the filing of the application for the designation of this road as a 
state secondary highway. The Commission considered that it has no authority 
or jurisdiction in the matter in view of the fact that the road is still a 
county road under the jurisdiction of the County Court. 


The Engineer requested authority to advertise for bids for the con- 
struction of a 75-ft. concrete viaduct across the East Fork of Dairy Creek, 
on the Wolf Creek Highway, in Washington County, which structure is estimated 
to cost $8,000. He said that the W.P.A. grading schedule calls for the con- 
struction of an embanknent in the vicinity of this creek, and it is quite 
necessary that the viaduct be constructed this sumer; otherwise, the grading 
work would have to be postponed until next year. The Commission approved the 
request. 


A petition signed by 340 residents of Powers and vicinity asking 
for the graveling and oiling of that portion of the Myrtle Point-Powers Sec- 
ondary Highway north from the town of Powers to the crossing of the South 
Fork of the Coquille River, a distance of about 1.3 miles, had the attention 
of the Commission. The Engineer estimated that such work would cost about 
$2,500. He pointed out, however, that the Commission plans to let a contract 
this fall for the oiling of the entire remaining unoiled portion of this high- 
way, and suggested that the improvement now requested be deferred until the 
oiling of the remaining section is contracted. The Commission approved the 
suggestion and so ordered, 


A letter was presented from Richard Shore Smith, President of the 
First National Bank of Bugene, requesting the elimination of two sharp curves 
on the Springfield-Creswell Secondary Highway No. 322, near a place known as 
Natron. The Engineer advised that this matter has been investigated by Divi- 
sion Engineer Lytle, who advises that the elimination of these curves involves 
a 0.2 mile revision in the highway, and who estimates the cost of the work at 
$6,000, including the expense of right of way. Mr. Lytle points out, he said, 
that this highway contains other curves that should be eliminated, and recom- 
mends, if any revision is made, that the entire section be reconstructed, which 
would cost about $27,000. The Commission decided to defer this project for 
the time being. 


The Assistant Attorney reported the status of the right of way budg- 
et, stating that of the $600,000 budgeted for expenditure in 1941, there has 
been obligated $338,500; and, that of the 300,000 budgeted for the purchase 
of right of way along Front Avenue, in Portland, $479,000 has been obligated. 
The Commission approved the revort. 


The Attorney requested authority to purchase certain parcels of real 
property that are needed for various highway improvements throughout the state. 
He submitted a list of such properties and offers that he recommended be paid 
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continued state maintenance of the county road between Glenwood and Sunset 
Camp, after the Wolf Creek Highway has been completed and opened to general 
public use, 


A telegram was presented from Stuart C. Hawley, Manager of tte 
Texaco Travel Bureau, requesting assistance from the Commission in securing 
a federal appropriation of $75,000 for use of the U. S. Travel Bureau, it be- 
ing Mr. Hawley's opinion that the appropriation will not be authorized unless 
extreme pressure is brought to bear on Congress. The Commission referred 
this matter to the Engineer to discuss with Harold B. Say, Director of the 
Travel and Information Department. He was authorized to ask the Oregon dele- 
gation in Congress to vote for the appropriation, if he considers that advis- 
able, after consultation with Mr. Say. 


The Commission discussed a request from the Oregon Lumber Company 
for permission to transport logs across the John Day Highway and the Austin 
Spur Section of such highway, on Saturday afternoons, Sundays, and holidays, 
which is not allowed under the present rules of the Commission. The Commis-— 
sion granted the request upon recommendation of the Engineer. 


The Engineer reported that, in accordance with authority previously 
granted him by the Commission, he has awarded contracts as follows, the con- 
ditions of the awards in each instance having been satisfied: 


Grading ifiner Creek-Spencer Creek Section of the Oregon Coast 
Highway, in Lincoln County. Bids taken April 4. Contract awarded 
May 12, 1941, to Berke Bros., low bidders. 


Grading, surfacing and bituminous macadam on the Canyon Creek- 
Bryant Hill Section of Santiam Highway, in Linn County, Bids taken 
May 8, Contract awarded May 12 to Leonard & Slate, the low bidders, 


Eugene Overcrossing-7th Avenue Section of the Pacific Highway, 
in Lane County, Bids taken May 9. Contract awarded May 21, 1941, 
to E. C, Hall Company, low bidders. 


Rock Creek-Benton County Line Section of Alsea Highway, in 
Lincoln County. Bids taken vay 8, Contract awarded May 21, 1941, 
to E. L. Gates, low bidder 


Bully Creek-Vale Section of Vale-West Secondary Highway, in | 
Malheur County, Bids taken May 8. Contract awarded May 21, 1941, | 
to Tony Marrazzo, who submitted the low combination bid for this 
job and for the Cow Hollow Creek-Adrian Junction Section of the 
Vale-Adrian County Road 


‘ ctleetemarrnaniinann engin 


Cow Hollow Creek-Adrian Junction Section of the Vale-Adrian 
County Road, in lialheur County. Bids taken liay 8, Contract awarded 
to Tony Marrazzo, low bidder, on May 21, on the basis of his combi- 
nation bid for this job and the Bully Creek-Vale Section. 


The Commission confirmed the awards as reported, 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Banzer Bridge-Mist Section, Nehalem Hi 
8972-iselis, Emna S, RAW 1.53 -* $100 per a. + $341 McChesney 


8970-Hanson, Charles 0. " 0,29 $100 per a. + $219 sd 
+ moving bldg. (Est. 
$350) 

8969-George, J. Le " 0.3 $100 per a. + $38 


Davies-Vadis Section, Wolf Creek Highw 
ao & Louis R/V 50,22 $8,700 Lump Sum Benson 
6519-Maller, Harry J. et al " 8.22 $100 per a. + $2680.50 " 
and Federal Land Bank + moving bldg. (Esti- 
mated $400) 


Oregon City-Oswego Section, 2onget Highway 

9308-Hollowell, H. E. 500 sq.ft. $10 Lump Sum DeSouza. 
Scott Creek-Benton County Line Section, Alsea Highw: 

9275—Smith, Sherl M. R/W 0.53 $150 per acre 


Wm. Me Yates " 2.69 1.6 a. at $200 per 4a. 
1,09 a, at $15 per a. 
9277-Trewett, Pearl " 2.29 $15 per a. + $20 


Cascadia~Bryant Hill Section, South Santiam Highway 
9258-.itchell, Roy E. 50 sq.ft. 20¢ sq.ft. 


9416-Kerr, Fred . 359 " " 15¢ sq. ft. 


Eugene Section, Pacific Highway 

8794-Johanson, Olga Victoria R/V 5000 sq.ft. 9 sq. ft. Parker 

8787-Larsen, Albert ™. 18,562 " ab + $1300 " 

8803-Bauman, Laurence " 36,626 " 16¢ sq. ft. + $75 Est. " 
for moving house & light 
pole 


Days Creek-tHlo Section, Tiller-Trail Highw 

9205-Grether, Walter R/W 0.27 $50 per a. + $36.50 McChesrsy 

Grave Creek- Off-Joe Creek Section, Pacific Highw 

8870-Clark,Harmon M. R/T 4.88 $40 per a. + 9393.50 Collins 
" 


8869-Andes, John H. 0.01 GRATIS 
9337~Groner, Wilbur C. 0.41 $36.60 per acre 
9338-Long, Lorena A. 0.15 $100 per a. + $55 
9339-Wilson, Daisy G. and 
Daniel L. Long 1.12 $26.54+ per acre 
9343-Blanchard, O. S» 1,03 $100 per acre 
9335-Nelson, G. T. 0,20 $100 per acre + $80 
9345—Moores, We Me, and 0.35 $64+ per acre,plus $27 
Harry M. Hill 


for gach. After careful consideration the Commission approved the request 
and, by unanimous vote, adopted the following resolution in regard thereto: 


WHEREAS, in connection with the further improvement of 
the highways hereinafter designated, it is and has been necessary 
to acquire property for right of way, quarry sites, gravel or other 
material sites, or sites for the storage of materials, as herein- 
after more definitely set forth, and 


WHEREAS, as a result of negotiations carried on with the 
owners of the property required, options have been obtained, which 
options have been considered by the Coumission, outlining the bases 
of settlement which have been agreed upon, and 


WHEREAS, it is the judgment of the Commission that the 
said options should be approved and accepted, and/or the said re- 
ports be declared acceptable to the State Highway Commission as 
bases of settlement for the properties involved, and that the ac- 
quisition of the properties should be completed: 


NOW, THEREFORF, BE IT RESOLVED that the several offers, 
or bases of settlement hereinafter enumerated be, and the same 
hereby are, approved and accepted, and that the Attorney for the 
State Highway Commission be, and he hereby is instructed to com- 
plete the acquisition of the said properties and to take title 
thereto in the name of the State of Oregon. The said properties 
hereby ordered and authorized to be acquired are as follows: 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 

Commercial Street-Astor Street Section, Oregon Coast Hi 

5865-Seafeldt, Albert, Estate R/W 4750 sq.ft. oh sq.fte, plus McCallister 
(Correction) $1083.84 


5866-Union Oil Co. of Calif, " 1454 * In exehange for 1701 " 
sq.ft. to be deeded 


by the state " 
Gearhart-Seaside Section, Oregon Coast Highway 
9193-Beacock, G. C. 5227 sq.ft. $175 Lump Sum Wit 
909%Cutler, J. E. " 0.035 a. GRATIS n 
9098-lionderly, Robt. Me " 0.05 a. 5200 per acre " 
9095-Anderson, Rhoda L. " 2624 sq.ft. 1¢ sq.ft. plus $68 n 
2oo9 Schoenborn, Richard Cc, " 1934 " 5é sq.ft. plus $270 ° 
9099eNidaros Lodge #16, Sons " 0,09 GRATIS for land, plus " 

of Norway $25.00 

FOP atsop County 8581 sq.ft. GRATIS . 
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Neskowin-Otis Section, Oregon Coast Highwa 
9299-Affolter, Lee R/W 0,61 $50 per a. + $136.68 Witt 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


McCallum Ranch-Vale Section, Vale-ijest Highway (Cont. 
9373-Thode , Henry and RA 0,31 $50 per a. + fencing, Landon 
Irvin Thode + 


$229 
9372-Eddy, Lucy E. 0.62 $50 per a. + fencing, 
$38.20 " 
Barnhouse Ranch-Picture Gorge Section, Ochoco Highway 
3692-Mascall, L. E. Stock Pile 0.48 $30 per acre Cozad 
Site 


Front Street Project, Columbia Street South (Portland), Pacific Highway West 
8170-Wirth, Anna R/T 5,780 sq.ft. $1, 750.00 McCallister 


The Attorney also requested authority to condemn certain parcels of 
property that are needed for right of way and for which he has been unable to 
reach satisfactory settlements, He submitted a list of such properties, to- 
gether with the amounts that he recommended be offered in condemnation, as 
follows: 


File No. Name Purpose Required Recommended Offer 
2561-A Orris Knapp R/W $7,500.00 
9286 Pacific Livestock Company Gravel Pit 125,00 
9334 Kenneth D, Dills R/W 15.00 
9347 Letitia J. Doughty R/W 5.00 
5861 Morris Wise (Nathan Wise,Trustee) R/W 550.00 


After careful consideration the Commission approved the offers and, by unani- 
mous vote, adopted the following resolution authorizing the Attorney to pro- 
ceed with condemnation: 


WHEREAS, the State Highway Commission is authorized to locate, 
relocate, construct, reconstruct, maintain, widen, straighten, and 
otherwise improve state highways, both primary and secondary, and 
said Commission is also authorized to construct shops, equipment 
sheds, office buildings, maintenance sites, patrolmen accommoda- 
tions, and snow fences, and is authorized to acquire quarry sites, 
gravel pits, storage sites, stockpile sites, weighing stations, and 
broadcasting stations, and is further authorized to develop, con- 
struct, improve, operate, and maintain parks, parking places, auto 
camps, camp sites, roadside development, recreational grounds or 
resorts, and other places of attraction and scenic value; and 


WHEREAS, said Highway Commission is authorized to acquire by 
purchase, agreement, donation, or by the exertise of the power of 
eminent domain real property, or any interest therein, necessary 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Warner-Summit-iud Creek Sectinny Warner Highway 
9219-Gill, Harry 0.88 $10 pe. acre Cozad 
n 


9385-Lynch, Cornelius Talus Pit 11.04 $10 per acre 

9218-Nelson, Jonas P, R/W 0.94 $10 per acre 

Bend-Lava Butte Section, The Dalles-California Highway 

917%3-Brooks-Scanlon Lbr. Cinder 22.45 $10 per acre Cozad 
Company Deposit 


The Cove Park Section, The Dalles-California Hehe 
8955-Degner, Fred Park 20,0 50 per acre 


$100 per acre 


Violet, and Federal Gravel Pit $40 per a.+ $224 
Land Bank A | + fencing 
(Correction) 
8832-Federal Land Bank and 8 R/W 160 $4,000 Lump Sum " 


W.P.Smith and E.P.Smith 


Airport Road Connection, Old Ore Trail Highw 


9302-State of Control 1.24 $10 per acre MeCallister 
Shaniko-The Dalles-California Section, Sherman Highway 
8488-Hinton, James F, dcak $10 per acre + 
fencing $76 Cozad 
8485-Pinkston, Ray Le " 3.04 $10 per a.+ $207 " 
Meadow Brook Section, Starkey Hi 
9359-Vey, Jos,,Estate, 
Rita Hazelwood, Eliza~ R/W 4075 $5.00 per acre Landon 
beth Underhill 
9362-Plunkett, Jesse n 4513 $5.00 per a. + $39 . 
9361-Cunha, Joseph R/f and = 4.82) $5200 per a. " 
Gravel Pit 65) $15.00 per a. 
9.47 


Long Creek-Fox Section, Pendleton John Day Hi 
9112A-leGirr, Albert 0,69 Land $17.25 Lump Sum 
+ moving fence Vallians 


Callum Ranch-Vale Section, Vale-West Highw 
9375-Courtright, Leslie S. R/V and 6-31) $7.50 per acre 
Gravel Pit Be $50 per a. (gravel), Landon 
1.37 + fencing gravel pit 


9374-Anderson, John G. R/T 0.08) $50 per acre 
0.23 $7.50 per a.+ fencing % 
0.31 340 


(Continued on next page) 
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in the City of Astoria, Clatsop County, Oregon, and is more 
particularly described on the attached sheets and designat- 
ed as Parcel No. 4 and is further identified in the records 
of the Highway Commission as file R 5861, and which prop- 
erty is being acquired for right of way purposes in connec- 
tion with the Oregon Coast Highway ;+# 


Real property owned by Orris Knapp, which property is 
located in Government Lot 1 of Section 4 and in Lot 3 and 
the south 20 feet of Lot 4 of Block BB of Port Orford in 
Section 4, all in Towmship 33 South, Range 15 West, W. M., 
Curry County, Oregon, which property is more particularly 
described on the attached sheets and designated as Parcels 
Nos, 5 and 6 and is further identified in the records of 
the Highway Commission as file R 2561A, and which property 
is being acquired for right of way purposes in connection 
with the Oregon Coast Highway.* 


2. That the Commission does hereby find and declare that each 
of the said described parcels of real property is necessary and ac- 
quisition of the same by the State is required for the specific pur- 
poses hereinabore set forth, and the said properties are being ac- 
quired for the express and specific purposes in this resolution set 
forth. 


3. That the State Highway Engineer be and he hereby is in- 
structed and directed to make or cause to be made ali surveys neces- 
sary in connection with the determination, description, and acquisi- 
tion of said real properties, and said Engineer is further instructed 
to prepare and submit to the Legal Department necessary and adequate 
descriptions of the said real properties, which said descriptions 
shall be available for the preparation of any deed or deeds or other 
instrument or instruments necessary to complete the acquisition of 
said property or properties, whether said properties be acquired by 
purchase, donation, agreement, or by the exercise of the power of 
eminent domain. 


4. That I. H. Van Winkle, Attorney General of the State of 
Oregon, and J, M. Devers, Assistant Attorney General and Attorney 
for the State Highway Commission, be and they are hereby requested, 
authorized, and directed to attempt to agree with the owner or owners 
and/or with the tenants or persons in possession, if there be any, 
of said parcel or parcels of land with respect to the compensation 
to be paid for the taking of the same and the damage, if there be 
any, and in the event that no satisfactory agreement or agreements 
can be reached, then it is hereby further resolved that the Attorney 
General of the State of Oregon and J. ils Devers, Assistant Attorney 
General and Attorney for the State Highway Commission, be and they 
hereby are requested to commence and prosecute to 4 final determina- 
tion such suit or action, or suits or actions, as may be necessary 


or deemed by the Highway Commission necessary for the accomplish- 
ment of any and all of the foregoing things; and 


WHEREAS, in the judgment of the Highway Commission the several 
tracts or parcels of land hereinafter described are each and all 
necessary for the specific and particular purposes hereinafter spe- 
cifically set forth; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the State 


Highway Commission as follows: 


1. That the Commission does hereby find and declare that the 


several parcels of real property hereinafter described are each and 
all necessary for the accomplishuent of the purposes hereinafter 
expressly and specifically set forth, which said real properties 
and the specific purposes for whic 
described as follows, to wit: 


h the same are being acquired are 


Real property owned by Pacific Live Stock Company, 
which property is located in the northeast quarter (NE:;) 
of Section 16, Township 23 South, Range 31 East, Wi. Me, 
Harney County, Oregon, and is more particularly described 
on the attached sheets and designated as Parcel No, 1 and 
is further identified in the records of the Highway Com- 
mission as file R 9286, and which property is being ac- 
quired for the purpose of securing roadbuilding materials 
therefrom for use in connection with the improvement of 
the Burns-Crane Highway 5% 


Real property owned by Kenneth D. Dills, which prop- 
erty is located in the Hiram Niday D.1.C. No. 40 in Sec- 
tion 35, Township 34 South, Range 6 West, W.M., Josephine 
County, Oregon, and is more particularly described on the 
attached sheets and designated as Parcel No. 2 and is fur- 
ther identified in the records of the Highway Commission 
as file R 9334, and which property is being acquired for 
right of way purposes in connection with the pacific High- 
way 3* 


Real property owned by Letitia J. Doughty, which 
property is located in the northwest quarter of the north- 
west quarter of Section 2, Township 35 South, Range 6 
West, W. lic, Josephine County, Oregon, and is more parti- 
cularly described on the attached sheets and designated 
as Parcel No, 3 and is further identified in the records 
of the Highway Commission as file R 9347, and which prop- 
erty is being acquired for right of way purposes in connec= 
tion with the Pacific Highway;* 


Real property owned by Nathan Wise, et al., which 
property is located in Lot l, Block 11, McClures Astoria, 
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property owned by W. P. Smith, et al, and in connection with which controversy 
has arisen with respect to the value of a duck lake. The Attorney recalled 
that Mr. Smith at one time offered to sell his entire holdings, consisting of 
160 acres, including the duck lake, for the sum of 34,000. He also said that 
the property has been appraised by the Assistant Attorney at $3,008.20, and 

by Mr. Landon, right-of-way buyer, at $2,645.60, although the value of the Ge 
duck lake was not considered in either of these appraisals, Mr. Smith's demand, het 
he said, amounts to $2,600 for the right of way alone, including damages for if 
ruining the duck lake, He recommended, in view of the circumstances, the ac- 8% 
quisition of the entire 160-acre tract at $4,000. The Commission approved the 
recommendation. 


The Secretary presented a letter from the Honorable Earl Snell, Sec- 
retary of State, returning to the Commission unapproved, a voucher covering 
payment to Joseph Puzanouwski Parker, et al, in the amount of 378.58, repre- 
senting interest allowed by the Trial Court in the condemnation case for the 
acquisition of right of way from Mr. Parker, et al. Mr. Snell called atten- 
tion to an apparent conflict in the Commission's statement accompanying the 
voucher and advised that he cannot approve the voucher unless the claim bears 
the unqualified approval of the Commission. The Commission referred the mat- 
ter to the Attorney to iron out the difficulty. 


A letter was presented’ from the Port of Siuslaw, Florence, Oregon, 
relative to the planting of Holland grass on sand dunes south of the Siuslaw 
River at Florence. It was alleged that the sand dunes in their present condi- 
tion are a menace not only to the Siuslaw River but also to the state parks, 
and the highway in this vicinity, and it was proposed that a soil conservation 
district be organized to combat this nuisance, and that the Highway Commission 
assist in the matter, The Engineer advised that this matter was investigated 
by Division Engineer K. D. Lytle, who reports that the sand on the south bank 
of the river, a short distance west of the highway bridge, is drifting into 
the river and is interfering with navigation, Further, that the dune is esti- 
mated to cover about six square miles and, while no details are available as 
to how much it would cost to plant the area, judging from the experience of 
the Highway Department elsewhere, it would cost about $40,000, He said that 
lr. Lytle recommended against the expenditure as does also Mr. Bishop, lain- 
tenance Engineer, in which recommendations he concurs. The Commission ap- 
proved the recommendation. 


A letter was presented from J. H. Irvine, Secretary of the Lebanon 
Strawberry Fair Committee, requesting authority to detour traffic from Main 
Street (route of the Santiam Highway) during the progress of their Strawberry i 
Festival, which is to be held in the early part of June, The Engineer recom- t 
mended apnroval of the request subject to the condition that suitable detours oy 
are provided, and that flagmen are maintained to direct traffic. The Commis- 
sion approved the recommendation. 


The Attorney requested instructions relative to the selection of a 


a 

| 
date upon which the insurance policy that the State is to give to the railroad a 
companies, in connection with the use of the Steel Bridge, in Portland, as a fe 
Y 
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and appropriate to acquire title to the said premises and all rights 
therein for the p-poses herein stated. 


5. That this resolution be entered in full in the minutes and 
records of this Commission. 


#(The detailed descriptions of the respéctive parcels of real prop- 
erty mentioned in this resolution are attached to the original reso- 
lution on file in the office of the State Highway Commission, Salen, 
being Resolution No. 12, under the heading "Real Property Condemna- 
tion Resolutions", and said descriptions by this reference.are made 
a part , this minute entry to the same extent as if copied in full 
herein. 


The controversy with lir. Chas. S. Bateman with respect to right of 
way needed for the Wilson River Highway across Mr. Bateman's property, in 
Washington County, was brought up for discussion by the Attorney. He recalled 
that the Commission previously authorized him to offer’ \ir, Bateman $5,750 for 
this right of way, but Mr. Bateman has not as yet seen fit to accept the same. 
He was instructed by the Commission to again contact Mr. Wm. J. Hare, Hills- 
boro, Mr. Bateman's Attorney, and if he is unable to reach a satisfactory 
agreement as to the price to be paid for this property, to proceed with con- 
demnation. 


The Attorney reported receipt of a deed from Linn County conveying 
unto the state the right of way included in the county road which extends 
from the Santiam Highway to Cascadia State Park, which road is about 600 feet 
in length. The Commission accepted the deed, it being in conformance with 
previous understanding with the County Court. 


The Commission discussed briefly with the Attorney matters pertain- 
ing to the Grris Knapp right-of-way controversy at Port Orford, However, no 
action was taken by the Commission in the matter, due to the fact that. it has 
been decided to postpone construction of the Port Orford South project for the 


time being. 


The Attorney brought up for discussion the resolution adopted by the 
Commission at its meeting on April 4, 1941, relative to the purehase of right 
of way and rights of access on the Wolf Creek Highway. He said that when this 
resolution was presented he understood that a right of way 200 feet wide was 
to be acquired, and that the resolution so states, and he has used the resolu- 
tion in connection with certain cases in Court. However, he is now advised 
that the full 200-ft. right of way is not needed. He requested authority 
from the Commission to revise the resolution accordingly. The Commission 
approved the request. 


Reconsideration was given by the Commission to the matter of ac- 
quiring right of way that is needed for the Stanfield—Boardman Highway across 
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The Commission discussed and, upon recommendation of the Attorney, 
signed the following letter with respect to a controversy with the City of 

Scappoose involving sidewalk construction in front of property owned by Mr. 
I. G. Wikstrom: 


Honorable Milton J. Butler, 
Mayor of Scappoose, 
Scappoose, Oregon. 


Dear Sir: 


There is pending between the Highway Commission and the 
City Council of the City of Scappoose a controversy which involves 
property owned by Mr. I. G. Wikstrom, It appears that a sidewalk 
was constructed by the City in front of Mr. Wikstrom's property, 
the cost of which improvement was made a lien against the property, 
but which lien has not yet been satisfied, 


The Highway Commission in connection with the further im- 
provement of the Columbia River Highway in Scappoose, and particular- 
ly that pértion of the highway upon which the said Wikstrom property 
abuts, has found it necessary to take up and remove said sidewalk 
and in its stead construct another sidewalk to serve the said Wik- 
strom property. The City does not want to be in a position of los- 
ing the effect and value of its lien against the said property, and 
the purpose of this letter is to advise and insure the City Council 
of the City of Seappoose that if and in the event the City, after 
pursuing its full legal remedy and rights to recover on said lien, 
fails, and such failure is legally chargeable to the action of the 
Highway Commission in removing and destroying the public improvement 
or sidewalk which is the basis of said lien, then the Highway Com- 
mission will reimburse the City in the amount of loss sustained by 
reason of the removal or destruction of said sidewalk. 


= 


It is expressly understood, however, that the State shall 
not be liable to the City until the City has exhausted its full and 
complete legal remedy against the said real property, and I. G. Wik- 
strom as owner of the same, or his heirs, executors, administrators 


and/or assigns. 
Yours very truly, 


OREGON STATE HIGHWAY COMMISSION 


The Engineer reported that Contracts Nos. 2395 and 2397, for the 
furnishing of crushed materials in stock piles have been completed according 
to the requirements of the contracts or modifications thereof, and that said 
jobs are now ready for acceptance. The following resolution accepting the 
above projects was offered and adopted by the unanimous vote of the Commission: 
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state highway, shall become effective. The Engineer advised that the respon- 
sibility of the State would not commence until the traffic ramps at the ends 
of the bridge have been constructed, which will probably not be for a year or 
mere. In view thereof the Commission decided to defer the setting of such 
effective date until later, The Secretary was instructed to again bring the 
matter up for discussion in January of 1942, 


The Commission discussed the matter of joining with the Diking Dis- 
trict of Coos County in the cost of constructing certain dikes and tidegates 
adjacent to the Oregon Coast !lighway at North Slough, which matter was dis- 
cussed briefly by the Commission at the orevious meeting. The Attorney ad- 
vised that the Commission has legal authority to cooperate financially with 
the District if it so desires. After discussion, the Commission indicated 
that it would join with the District in this matter if a suitable agreement 
can be reached, and accordingly instructed the Attorney to draw up a form of 
contract with the district covering the matter, for approval by the Commis- 
sion at the next meeting. 


The Engineer discussed with the Commission matters pertaining to 
the Federal Aid Secondary Highway Program. He advised that overruns and ad- 
ditions in the 1940 Federal Aid Secondary Program have taken up all of the 
Federal funds available in such program, so it will not be possible to fin- 
ance the Wright's Point-Narrows project in Harney County and the Woodburn- 
Rock Creek project in uarion County, which are included in such program, but 
for which federal approval has not yet been obtained. He recommended, in 
view of the circumstances, that these projects be eliminated from the program 
for the time being and be placed in some other program for either state or 
federal funds, The Commission approved the recommendation subject to the 
condition that these projects will be given priority status in the next pro- 


gram. 


The Engineer also recommended the transfer of the Kimberly East 
project from the 1940 Federal Aid Secondary Highway Program to the 1941 Fed- 
eral Aid Secondary Highway Program, and the combination of this project with 
another project on the Kimberly East Section that is already included in such 
1941 program. The Commission approved the recommendation. 


The Engineer pointed out that the 1941 and 1942 Federal Secondary 
Highway programs tentatively approved by the Commission contain three proj- 
ects that are not eligible for federal moneys because they were not included 
in the Federal Aid Secondary Highway System heretofore submitted to the Pub- 
lic Roads Administration for approval, such projects being as follows: Buck 
Hollow Section of the Shearars Secondary Highway, in Sherman County; Scio- 
Lyons Section of the Albany-Lyons Secondary Highway, in Linn County; Athena- 
Cold Springs Section of the Athena-Cold Springs Secondary Highway, in Umatilla 
County. He suggested that the Scio-Lyons project. be dropped entirely from 
any program and that the other two projects be included in the program for 
state funds for construction next year. The Commission approved the sugges~ 
tion and so ordered. 
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. Agreement with Public Roads Administration relative to special 
maintenance work on the North Santiam Highway 


Joint letter with W. H. Lynch, District Engineer, Public Roads 
Administration, relative to the allocation of 1942 Federal Lands 
Highway Funds 


; There being no further business to come before the Commission at 
this time, the meeting was adjourned at 6:30 p. m 


pa gamit en —— Ue 
tate Highway Engineer Henge Cade 


y, ‘ tate Jf 
_.Mb,? 
Secretary Commissioner 4 


Portland, Oregon, June 12, 1941 


The State Highway Commission met in regular session at 9:00 a» ms 
in the auditorium of the Public Service Building. Present werer 


Henry F, Cabell, Chairman 

Herman Oliver, Commissioner 

R. H, Baldock, State Highway Engineer 
Je Me Devers, Attorney ; 

H. B. Glaisyer, Secretary 


Commissioner Clough was excused, 


Bids, as follows, for highway construction work, sale of down timber 
on the Wolf Creek Highway, restaurant property at Bandon, and concession priv- 
dieges at Silver Creek Falls Park, were opened and read in conformance with 
previously published notice, following which Chairman Cabell announced that 
awards would be made at 3:00 p. my in the same room: 


WOODBURIN-SA!DY SECONDARY HIGHWAY 
WOODBURN-ROCK CREEK SECTION - SURFACING AND OILING 


E. He Itgsehner 420,452.00 
Babler Brose 22,202.00 
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WHEREAS, the Engineer has reported that the following 
State Highway Commission contracts for the construction of state 
highway projects have been completed according to the terms and 
provisions of the contracts and that said jobs are now ready for 
acceptance: 


Contract No, 2395, with A. S. Wallace, for furnish- 
ing 7,000 cubic yards of crushed gravel in stock piles on 
the ilillican-Brothers Section of the Central Oregon High- 
way, in Deschutes County, Completed April 22, 1941. 


Contract No, 2397, with Babler Bros., for furnishing 
10,300 cubic yards of crushed rock in stock piles on the 
. Seaside-Wheeler Section of the Oregon Coast, Wolf Creek 
and Necanicum Highways, in Clatsop and Tillamook Counties. 
Completed May 9, 1941. 


F THEREFORE, BE IT RESOLVED, that the work covered by said 
state highway contracts for the construction of said state highway 
projects be declared completed according to the terms of the respec- 
tive contracts, and said jobs are hereby accepted and final payment 
in connection with each is hereby authorized, 


The Commission considered and signed agreements, et cetera, as 
follows: 


Letter form of agreement correcting erroneous reference in 
Clackamas Overcrossing agreement with Southern Pacific Company 


Agreement with J. H. Chambers granting to Mr. Chambers the 
right to construct and maintain a spur railroad track over certain 
property in Cottage Grove 


Agreement with J. \’. and J. R. Hillstrom relative to the re- 
moval of the old bridge over Coalbank Slough near llarshfield upon 
> completion of new structure under state contract 


Agreement with the State Board of Higher Education relative 
to radio broadcasting programs, from June 10 to September 10, 1941 


Agreement with iorrow County relative to Patterson Ferry Road 
which extends from the Columbia River Highway to the Columbia River 


Agreement with T, '!. Panter and Tidewater Associated Oil Com- 
pany with reference to the T. W. Panter Service Station property at 
. Aa Bandon 


Quitclaim deed conveying unto T. W. Panter and wife a portion 
of the old Oregon Coast Highway right of way at Bandon, Right of ‘jay 
Transaction No, 5358 


= 
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OREGON-WASHINGTON HIGHWAY 
PENDLIETON-ADAMS SECTION - ROADSIDE IMPROVEMENT 


E. Le Gates 12,159.90 


ese A al a 


WALLOWA LAKE HIGHWAY 
BOSWELL RANCH-FOLIETT RANCH SECTION 
GRADING, SURFACING AND OILING 


& 
=. 
a 
s 


Leonard & Slate $86,611.00 
E. Le Gates 88,854.50 
Colonial Construction Co. 90,236.00 
Triangle Construction Co, 93,647.00 

CONCESSION owe AT 

SILVER CREEK FALLS STATE PARK 

Frank .By..Chatas 6% of gross sales and receipts 
during period agreement is in 

effect 


RESTAURANT PROPERTY AT BANDON 


Building No. 7857-A (Known as Koffee Kup Cafe) 


Tlo H. Heaton F 151.10 


DOWN TIMBER ON WOLF CREEK HIGHWAY 
J. Te. Shields $410.00 


The matter of conducting a public drawing to select the several in- 
surance companies that should participate in the official bond of the State 
Highway Engineer during the coming year, starting June 15, 1941, had the at- 
tention of the Commission, The Commission decided that it would dispense 
with the drawing this year and would renew the bond in the same companies 
that had this business last year, notwithstanding a previous decision to conduct 
the drawing, It was also decided that a public drawing should be made next 
year, a month or two before the termination of the existing bond, to deter- 
mine which companies should have the bond for the year starting June 15, 1942. 
All bonding companies that are authorized to do business in the State of Ore- 
gon are to be included in the drawing and ten companies are to be selected, 


Sich ant Liat ee nL sks t+ nities 


MAINTENANCE BUILDING AT CONDON 


Viesko & Hannaman $9, 888,00 
Gregoire & Kinch 9,988.00 
Birkemeier & Saremal 10,918.00 
Barham Bros, 11,597.00 


JOHN DAY HIGHWAY 
REINFORCED CONCRETE VIADUCT ON 
ROCK CREEK SECTION 


Averill & Corbin 12,550.50 
A. Milne 15,669.50 


HOOD RIVER SECONDARY HIGHWAY 
DEE-WOODWORTH ACRES SECTION - SURFACING AND OILING 


Rogers Construction Co. $51, 858,50 
Porter W. Yett 53 5223.00 


PACIFIC HIGHWAY 
GRAVE CREEK-JUMPOFF JOE CREEK SECTION ~ GRADING 


Frank Penepacker $313,317.00 
McNutt Bros, 330,813.00 
White Trucking Co, i 335 ,342_50 
E. Le Gates 352,143,00 
Sam Orino 3 5354200 
A. C. Greenwood Cony Ince 378,922,00 


WARNER SECONDARY HIGHWAY 
WARNER SUMAIT-NUD CREEK SECTION - GRADING AND SURFACING 


Rogers Construction Co. $51,963.50 
Clifford Ae Dunn ; 62,814.00 


HARBOR DRIVE IN THE CITY OF PORTLAND 
MORRISON STREET BRIDGE APPROACHES AND RETAINING WALLS 


Le H, Hoffman . 87,265.00 


FAIRVIEW-CLEMENTS CORNER AND LONG PRAIRIE COUNTY ROADS 
TRASK RIVER-PELTZ CORNER SECTION 
GRADING, SURFACING, BITUMINOUS MWACADAM AND TWO BRIDGES 


C. Js Eldon $7,356.00 


(Standard Classifications - "ngineering Positions - Continued) 


ee ee oe 
Classifica Positions Lo 
Classification 3 $250-325 Assist. Staff Engr's.(Grade 4) 4 $315 
e x . ( * 3) 4 300 
8 fn " ( " 2) 3 275 
" n " ( " 1) 2 250 
Classification 2 200-275 Resident Engineers (Grade 4) 1 275 
¢« * 3) 31 250 
" " ( " 2) 4 225 
"" " ( " 1) 5 210 
locating Engincere (Grade 4) - 275 : 
( * 3) 5 250 z 
" " ( * 2) 1 225 ‘ 
" " ( " 1) 1 210 
District Maint. Supts. (Grade 3) - 275 i 
( 2) 15 250 | 
" " " ( " 1) o 225 
Engineer Supervisors (Grade 6) 1 275 
¥: ( 5) 6 250 
" . " ( 4) 2 235 } 
" " " ( " 3) 4 225 U 
" " " (* 2 2 210 
" " " ( " 1) 9 200 
Engineer Destguere (Grade 6) - 275 
" ( 5) 2 250 t 
« bd ( * 46) 3 235 
t " ( t 3) . 225 
" " ( ™ 2) * 210 
wi . € * 2) 5 200 ' 
Engineer Specialists (Grade 6) 1 275 ; 
" (™ 5) = 250 
" " ( * 4) ~ 235 
" " ( " 3) oe 225 fe 
" " (* 2) = 210 Ha 
tt " ( *" 1) - 200 ui 
Classification 1 $100-200 Tpmeeyere (Grade 2) 5 185 ta 
EUG. 3) 40 170 
firhevei (Grade 4) 1 185 
* ( *" 3) 5 170 
" € wrong) 1 160 
" ( * 2) 7 150 4 
Engineer Assts. (Grade 4) 3 185 ! 
" " ( * 3) 8 175 
" t ( " 2) 4 160 
e ( * 1) u 150 
laboratory haste. (Grade 4) - 185 3 
( ® 93) 3 175 
" " ( « 2) - 160 
ry ” ( " 1) 6 
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but it will be left with the management of each company to determine which 
of its agents shall share in the premium commission, 


The Commission had under discussion the appointment of an addition- 
al member to the Advisory Board on Publicity Matters, and decided that it 
would be advisable to place on this board Mr. E. B, Aldrich, former State 
Highway Commissioner, who is particularly interested in the proper establish- 
ment and operation of this department, and on whose judgement the Commission 
heretofore largely relied in connection with publicity activities. ir. Ald- 
rich's apoointment to this board was approved by the unanimous vote of the 
Commission. 


The Engineer requested authority for Chief Locating Engineer Hollis 
W. Libby to attend, at state expense, the National Congress on Surveying and 
Mapping, which is to be held in Washington, D. C., June 16, 17 and 18, 1941. 
He estimated the expense involved at approximately 9350.00, The Commission 
approved the request subject to confirmation by Governor Charles A, Sprague. 


The Engineer discussed with the Commission the matter of revising 
the classification for engineering positions and the salary schedules for 
each such position, He advised that many employees of the department have 
received offers of employment commanding salaries considerably in excess of 
those which they are now receiving and, in his estimation, in order to hold 
the present engineering organization, it will be necessary to increase their 
rates of pay. He submitted the following classifications for such employees 
and recommended anproval of the same: 


STANDARD CLASSIFICATIONS 
ENGINEERING POSITIONS 


June 1, 1941 
Major Salary Number 
Classification e Positions Employed Sal 
Classification 6 550-700 Chief Engineer 1 3600 
Classification 5 450-550 Assistant Chief Engineer 1 500 
Classification 4 300-450 Staff Engineers 4 450 
Division Engineers 5 400 
Department Heads (Grade 4) z 360 
" ( wt 3) 1 350 
t " ( " 2) 1 325 
" tt ( " 1) - 300 
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The County Court also asked the Commission to extend the improve- 
ment of the Salem-Silverton County Road from Middle Grove to Central Howell, 
They urged such improvement for 194] construction, and guaranteed the right 
of way required therefor, Judge ijurphy also asked the Commission to author- 
ize a survey for the balance of this road from Central Howell to Silverton 
and that this portion of the road also be constructed as soon as possible. 


The Engineer advised that the Commission has 40,000 budgeted for 
the Middle Grove-Central Howell Section, and contemplates the contracting of 
the work some time this fall, or sooner, if possible. He also stated that an 
additional sum of 445,000 has been budgeted for 1942 construction on this 
road. The Court suggested the combining of both projects and construction 
this year, The Commission took the matter under advisement, however, author- 
ized the Engineer to complete the survey to Silverton and report the results 
thereof to the Commission, when a definite decision will be rendered with re- 
spect to the entire proposed improvement. 


Judge Murphy inquired as to the plans of the Commission relative to 
taking over as a state secondary highway a section of the North Santiam High- 
way between Detroit and the South Santiam Highway junction, and was informed 
that the Commission intends to so designate this road when standard width right 
of way throughout has been furnished and has been cleared of encroachments, 


The County Court of Tillamook County, represented by County Judge 
Harland UM. Woods and County Commissioners E, H. Lindsey and E. G. Anderson, 
was present and asked the Commission to authorize one of the state bridge 
crews to repair a steel bridge over the Nehalem River on County Market Road 
No. 9. Judge Woods advised that the county has no bridge crew capable of 
doing the work but the county is willing to pay the cost involved if the Com- 
mission will let one of the state crews do the work for the county. He esti- 
mated the cost of the work at $700.00, The Commission approved the request, 
whereupon the county court presented its certified check in the amount of 
$700.00 as advance payment. An agreement covering the matter was thereupon 
signed by all parties. 


The county court then discussed with the Commission the matter of 
repairs to the Trask River Bridge on the Fairview-Clements Corner County Road, 
which roa@, except for the bridge work, is being improved by the state as a 
federal aid secondary highway project. The Engineer advised that inspection 
of the bids received by the Commission today for this work reveals that the 
bridge work, which the county is required to finance,is going to cost about 
57,000 rather than the estimated amount of $6,000, He pointed out that the 
county court at a previous meeting of the Highway Commission agreed to assign 
$6,000 of the county's share of the 1942 gasoline tax funds to pay this ex- 
pense, and inquired if the county is willing to increase the amount of its 
contribution to $7,000, in view of the bids received, After discussion, the 
county court agreed to pay the {nereased amount, one~half of which is to be 
paid out of the June 15, 1942 apportionment of gasoline tax monies by the 
Secretary of State, and the balance out of the December apportionment of such 
funds. An agreement covering the matter and assigning to the state such amount 
of the gasoline tax funds belonging to the county was thereupon signed by all 
parties, 

TrmT 10 19 
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#(Standard Classifications - Engineering Positions - Continuea) 


ee 


Major Salary ~ Number 

Classification _ Range Positions Employed __ Salary 

Classification 1 100-200 Office Assts. (Grade 4) 16 $150 

(Cont. ) " " " 3) bes 135 

" " ( " 2 ) 6 12 5 

" te * 17 110 

Field Assts. (Grade 4) - 150 

'" " ( " 3 ) = 13 5 

" ' ( * 2) yh 125 

" " i, * 1) a 110 

Inspectors (Grade 4) 4 175 

tt ( " 3) 15 150 

" ( " 2) 5 135 

" ¢ *& 4%) 3 120 

Checkers (Grade 2) 10 120 

Se { * «dj 10 100 

Levelmen 3 150 

Topographers 2 150 

Computers 30 150 

Head Chainmen 24 135 

Chainmen 60 120 

Stakemen 5 100 

Flagman 5 100 

Axewen 2 100 


After due consideration, the Commission approved the new classifi- 
cations by unanimous vote, and thereupon authorized the Engineer to revise 
the salaries of the persons affected, in accordance therewith, provided auth- 
ority for such changes is granted by Governor Sprague. 


The Commission also discussed the matter of providing a 10 per cent 
wage increase for hourly paid men, but deferred action on such matter until 
some time this fall. 


The County Court of Marion County, represented by County Judge 
Grant murphy, and Commissioners Jim Smith and Ralph Girod, and County ingi-~ 
neer li. C. Hubbs, was present. Judge iiurphy gave as his understanding that 
the Highway Commission has under contemplation the designation as a state 
secondary highway of the county road between Mehama and Mill City. He pointed 
out that a short section of each end of this road lies within the borders of 
Marion County and advised that iarion County Court is desirous of having these 
two short sections placed on the secondary highway system along with the Linn 
County section. He was informed by Chairman Cabell that the Commission ex- 
pects to take over this road as a state secondary highway as soon as ri,ht-of- 
way matters have been clarified and when all three members of the Commission 
are present, the latter being a legal requirement. 


¥Piled in Special .atters File - No. 3 
vIn 1 2 19421 
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erade crossing mentioned by Judge Boyington. He further advised that the 
Public Utilities Commissioner at one time held a hearing on this subject, but 
the Highway Commission was not notified, so was not represented at such hear~ 
ing, and that it was brought out at the hearing that it would be possible to 
better the alignment of the highway at this crossing. He gave as his thought 
that the volume of traffic that uses the road does not justify the expense of 
bettering the alignment, and suggested that the Public Utilities Commissioner 
be asked to hold another hearing on the subject when arguments could be pre- 
sented for the approval of the present proposed route, After considerable dis- 
cussion the Commission approved the suggestion and authorized the Engineer to 
advertise the project for bids to be received as soon as the grade crossing 
matter has been clarified. It was agreed that Judge Boyington would ask the 
Public Utilities Commissioner for the new hearing. 


Mr. Ce Le Brown, wanager of the Salem headquarters of the Union oil 
Company, was present in regard to the 16-ft. setback line ordered by the City 
Council of Bugene along Sixth Street, route of the Pacific Highway in Eugene. 
He said that the Union Oil Company operates a service station at the intersec- 
tion of Sixth Street with Willamette Street, in which they have a large invest- 
ment; that the company has occupied this property for ten years and is now de- 
sirous of further developing it but cannot do so as they would like, because of 
the city's ordinance requiriig improvements to be set back sixteen feet from 
the property line. He asked the Commission to approve the rescinding of the 
city's ordinance, so as to allow the company the use of the entire area up to 
the property line, The Engineer advised that under the new arrangement Sixth 
Street is to be a one-way street for northbound highway traffic, southbound 
highway traffic being required to use Seventh Street, which is also a one-way 
street. He gave as his thought that it would be unwise for the city to cancel 
the setback ordinance because the setting back of the buildings, et cetera, 
would enhance the attractiveness of the street and, in addition, there is a 
possibility that conditions will change at some future time which would re- 
quire the widening of the street and, in that event, considerable advantage 
would be gained and expense saved if no buildings were in the way of the im- 


provement. 


Mr. Brown made an urgent plea on behalf of the company following 
which the Engineer suggested that the Union Oil Company be allowed to use the 
area up to a distance of eleven feet from the curb line until such time as the 
area is needed for highway purposes, provided, however, that the company will 
move its facilities back to the sixteen-foot setback line at its own cost and 
expense when asked to do so. Such arrangement was acceptable to Mr. Brown 
and was also approved by the Commission by unanimous vote. The Engineer was 
instructed to inform the Eugene City Council of the attitude of the Highway 
Commission with respect thereto, and to suggest that, if the city approves 
such arrangement, the matter be covered by appropriate written agreement. 


A delegation from Deschutes County, including the Deschutes County 
Court, represented by County Judge C. L. Allen, County Commissioners E. E. 
Varco, and Ole Grubb, H. H. DeArmond, li. A. Lynch, Don Peoples, and iicKinley 
Stockian, Manager of the Oromite Company, came before the Commission in the 


ir. W. He Lynch, District Engineer, Public Roads Administration, 
was present and brought up for discussion bids recently received by him for 
the construction of the Japinitia Forest Highway project. He advised that 
inspection of the bids reveals that the low one is considerably in excess of 
the amount budgeted for the work and suggested, unless the Commission consid- 
ers it advisable to provide state funds to make up the difference, that this 
project be deferred and that the moneys provided therefor be reallocated for 
the construction of another section of the Warm Springs Highway. He recom- 
mended anproval of the Warm Springs improvement. The State Highway Engineer 
concurred and, in this connection presented a letter from Major General George 
A, White, Commanding Officer, Headquarters 4lst Division, A.P.0., recommending 
improvement of the Warm Springs Highway as a road of important military signi- 
ficance. After discussion, the Commission anproved the Engineer's recommenda- 
tion and so ordered, 


jir, Walter Ransom, Eugene, came before the Commission in behalf of 
the Eugene Chamber of Commerce and discussed briefly matters pertaining to 
the "Route F" Highway which extends from Eugene to the Coast, He advised 
that the Lane County Court plans to budget a definite amount of money for 
next year's use in connection with this project and is willing to turn this 
money over to the state for expenditure on a 25 per cent county - 75 per cent 
state basis, because the county feels that it can secure more for its money 
in this manner than it can by doing the work as a W.P.A. project. Grading 
work on this highway, he said, will be completed up to each end of the tunnel 
by July lst, and the county would like at least some contribution from the 
state within the next two years, Chairman Cabell pointed out that the tunnel 
construction is quite expensive, and that the outlook for future cooperation 
on this road is not very promising, particularly in view of the fact that the 
Commission contemplates spending a large sum of money for the improvement of 
the Pacific Highway between Eugene and Springfield, so the Commission is not 
in a position at this time to give the Eugene people any encouragement, either 
in connection with the tunnel construction or any other work on the "Route F" 
Highway. 


The Commission adjourned at 11:40 a. m. and reconvened at 1:30 p.m. 
in the same room with the same persons present and participating. 


The County Court of Clatsop County, represented by County Judge Guy 
Boyington and County Commissioner James Elliott, was present and discussed 
with the Commission matters pertaining to the proposed construction of the 
Warrenton Section of the Fort Stevens County Road, involving a crossing of 
the S.P. & S. Railroad wye tracks at grade, in Warrenton. Mr. Clifford A. 
Barlow, Warrenton City iianager and Police Judge, was also present and entered 
into the discussion, Judge Boyington advised that the county has acquired all 
ef the right of way needed for this improvement so, as far as the county is 
concerned, the project can proceed as soon as the Public Utilities Commission- 
er has handed down his order with respect to the railroad grade crossing. The 
Engineer advised that surveys for the improvement are completed and that the 
project could be advertised for bids were it not for the fact that the order 
of the Public Utilities Commissioner has not yet been made with respect to the 
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lr. Peoples also asked for a map showing the status of improvement 
on this highway. ‘he Engineer was instructed to see that such map is fur- 
nished him. 


Messrs. . H. Lynch, District Engineer, and H. D. Farmer, Senior 
Highway Engineer, Public Roads Administration, again appeared before the Com- 
mission in regard to the improvement of the Timberline Road, which extends 
from the Mount Hood Highway to Timberline Lodge. ir. Lynch advised that bids 
have been taken for the construction of another section of this road, but it 
appears that the cost of construction is going to exceed the amount of federal 
funds that have been budgeted to finance it. The overrun, he said, amounts to 
about (512,000; also, that there are federal funds in the anount of about 4,000 
to apply thereto, leaving a deficit of ‘38,000, which he asked the Commission 
to contribute from the State Highway Fund, The Commission approved the re- 
quest,. and thereupon signed an agreement with tne Public Roads Administration 
covering the matter. 


The Commission at this time discussed the bids that were received at 
the morning session. Particular attention was given to the projects on which 
only one bid was submitted. The question arose whether or not the Commission 
should deviate from its present policy, which prohibits the award of a con- 
tract upon the submission of only one bid. It was the decision of the Commis-— 
sion that it would accept bids in such category in connection with projects 
included in this day's letting, provided the bid does not exceed the Engineer's 
estimate by mare than ten per cent, but hereafter single bids received for any one 
project will not be acceptable unless they do not exceed the Engineer's esti- 
mate by more than five per cent. If more than one bid is received for any 
project then the low bid for such project will be considered acceptable if it 
does not exceed the Engineer's estimate by more than ten per cent, The Com 
mission adopted such procedure as its general policy to be followed hereafter 
at all future contract lettings. 


At 3:00 p. m. Chairman Cabell announced the following awards of con- 
tracts, et cetera, bids for which were received at the morning session, such 
awards having been previously approved by the Commission by unanimous vote: 


Mioodburn-Rock Creek Section of the ‘Joodburn-Sandy Second- 
ary Iighway, in Clackamas and .arion Counties. 5.1 mile surfacing 
and oiling. E. H, Itschner, i olalla, submitted the low bid for this 
work, in the amouat of ~20,452.00, Babler Bros., Portland, submitted 
the second—low and only other bid, in the amount of $22,202.00. The 
Commission awards this coniract to E. H. Itschner, at his low bid of 
920,452,00. 


"Yaintenance building at Condon, in Gilliam County. Viesko 
& Hannaman, Salem, submitted the low bid for this work, in the amount 
of 99,888,00, Gregoire & Kinch, Portland, submitted the second-low 
bid, in the amount of 59,988.00. There were two higher bidders, The 
Commission awards this contract to the low bidders, Viesko & Hannaman, 
at their bid of $9,388.00 


yey 
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interests of the Terrebonne-Lower Bridge County Road. Judge Allen recalled 
that at a previous meeting the Highway Commission signified that it would 
construct an oil surface on this road as a federal aid secondary highway proj- 
ect if the county would acquire the right of way and grade and rock surface 
the road, which is seven miles in length, and would contribute the sum of 
$5,000 in cash as cooperation on the oiling work; however, the county now 
finds that it is not able to handle the work because it does not have the 
equipment, and for the further reason that they are behind in their schedule 
of county road jobs for this year, so they would appreciate it if the High- 
way Commission would take charge of the entire improvement. The county, he 
said, would pay its share of the cost to the Commission in cash, but they 
would like to have the work done this year, This matter was discussed at 
considerable length and the following decision was reached: The Highvay 
Commission will waive the requirement that the county contribute $5,000 in 
cash, and will contract the surfacing and the oiling of the road when the 
county completes the grading work, In the event that the county is unable 

to complete the grading of the entire seven-mile section this year, then the 
Highway Commission will surface and oil that portion thereof that is graded 
by the county, provided the graded section is of sufficient length (not less 
than three miles) to justify the award of a contract for surfacing and oiling. 
It was agreed that if the county completes its grading work early enough this 
year so that a good oiling job can be done, then the Commission will perforn 
the oiling work this year. 


Judge Allen also asked the Commission to authorize the state's oil- 
ing crew, that will be working in the vicinity of Bend soon, to oil the Shev- 
lin Park Road, three miles in length, which extends from the city limits to 
the park, He said that the county has already graded and graveled this sec- 
tion, and it is all ready for the oil; also, that the county will pay the 
cost involved. The Commission approved the request subject to the sondition 
that it will not interfere with the state's oiling program, and provided the 
county will assign to the state a sufficient amount of its share of the gaa- 
oline tax fund to pay the costs, This was agreeable to the county court. 

The Engineer was thereupon instructed to prepare an appropriate form of agree- 
ment covering the matter, 


Judge Allen also asked for the oiling of a three and a quarter mile 
section of the Tumalo-Deschutes Secondary Highway out of Tumalo, and a 
three and four-tenths mile section of the Tumalo-Cline Falls Secondary State 
Highway. The Engineer estimated the cost of the first project at $17,000, and 
the cost of the second project at $16,000, He recommended approval of the 
work and that it be contracted some time this fall. The Commission took the 
matter under advisement for consideration when the next construction budget 
is prepared, 


Mr. Peoples inquired when the Commission plans to make its inspec- 
tion trip over the Warm Springs Highway, and was informed that no definite 
time has been set for such inspection, but there is a possibility that it 
will be some time in July. The Secretary was instructed to notify Mr. Peoples 
when a definite date has been set for such trip. 
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$11,952.75. The only other lid submitted was that of E. L. Gates, 
Packwood, Washington, in the amount of »12,159.90. The Commission 
awards this coutract to M. E. Myers & Son, at their low bid of 
$11,952.75~ 


pe a ar sestlate! ), hih 
\O pa ae ae 


"Boswell Ranch-Follett Ranch Section of the Wallowa Lake 
Highway in Union County. 2.78 miles grading, surfacing and oiling. 
Leonard & Slate, ijultnomah, submitted the low bid for this work in 
the amount of $86,611.00,. E. L. Gates, Packwood, Washington, sub- 
mitted the second-low bid in the amount of $88,854.50, There were 
two higher bidders. The Commission awards this contract to Leonard 
& Slate, at their low bid of 36,611.00. 


Concession privileges at Silver Creek Falls State Park: é 

"The Commission received only one bid for this concession, i 

being that of Frank H. Chatas, Salem. However, this bid could not , 
be considered, due to the fact that it was not submitted in accord- e | 

* 


ance with the specifications, therefore is rejected. 


Restaurant Property at Bandon: 


MBuilding lo. 7857-A (Known as the Koffee Kup Cafe). Ilo 
H, "eaton, Coquille submitted the only bid received for the purchase 
of this building, in the amount of 4151.10. The Commission rejects 


this bid. 


Down Timber on Wolf Creek Highway: 


"The only bid received for the purchase of this down tin- 
ber was that of J. T. Shields, Timber, in the amount of $410.00. The 
Comaission accepts the bid of J. T. Shields, and sells this timber 
to him at his bid of $,10.00." 


senting the Bonneville Power Administra- 


Mr. A. W. McPherson, repre 
came before the Commission in re- 


tion, and Mr. John A. Brix, contract logger, 
gard to the maintenance of a log dump on state property in the Colunbia River 
at Corbett, Multnomah County. lr. MePherson stated that the Bonneville Power 
Administration is building a high tension power line through the timber south 
of the Columbia River Highway in the vicinity of Bonneville, and that Mr. Brix 
has a contract to do the clearing, which involves the cutting of the timber 

and the hauling of the logs to the Columbia River. This power line, he said, 
is an important one and is to supply the aluninum plant at Vancouver. Further- 
more, construction of the line must be completed by August 15. He gave as his 
understanding that the State Highway Commission objects to the maintenance of 
the log dump at Corbett, which is the only place along the river where ‘Ir. 

Brix can dump the logs. He explained that the dump would consist of a small 
wharf built on a row of piling and dolphins, which would be installed near 
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"Rock Creek Section of the John Day Highway, in Grant 
County. Construction of an 80-foot reinforced concrete viaduct 
and .046 mile of highway roadbed, Averill & Corbin, Portland, 
submitted the low bid for this project, in the amount of $12,550.50, 
and A. iiilne, Portland, submitted the only other bid, in the amount 
of 315,669.50. The Commission awards this contract to Averill & 
Corbin, at their low bid of 412,550.50. 


"Dee-Woodworth Acres Section of the Hood River Secondary 
Highway, in Hood River County. 1.95 miles grading and 3.15 miles 
surfacing and oiling. Rogers Construction Co., Dayton, Washington, 
submitted the low bid for this work, in the amount of ‘)51,858.50, 
and Porter W. Yett, Portland, submitted the only other bid, in the 
amount of $53,223.00. The Commission awards this contract to the 
Rogers Construction Co., at its low bid of $51,858.50. 


"Grave Creek-Jumpoff Joe Creek Section of the Pacific 
Highway, in Josephine County. 4.70 miles grading. Frank Pene- 
packer, Portland, submitted the low bid for this work, in the 
amount of $313,317.00. McNutt Bros., Eugene, submitted the next- 
low bid, in the amount of ¥330,313.00, There were four higher 
bidders, The Commission refers all bids received for this work 
to the Engineer with power to award the contract to the low bid- 
der when certain conditions have been fulfilled. 


"arner Summit~:fud Creek Section of the Jarner Secondary 
Highway, in Lake County. 2.84 miles grading and 6,91-miles sur- 
facing. Only two bids were received for this work, the low bid 
being that of the Rogers Construction Co., Dayton, Washington, in 
the amount of $51,963.50, and the second-low being that of Clifford 
A. Dunn, Klamath Falls, in the amount of $62,814.00, The Commis- 
sion rejects the bids for this project, and orders the work readver- 
tised. 


“Morrison Street Bridge a, proaches and retaining walls on 
Harbor Drive, in the City of Portland, Multnomah County. L. He 
Hoffman, Portland, submitted the only bid for this pmoject, in the 
amount of $87,265.00. The Commission rejects this bid and hereby 
orders the pro ject readvertised. 


"Trask River-Peltz Corner Section of the Fairview-Clements 
Corner and Long Prairie County Roads, in Tillamook County, 3.75 
miles grading, surfacing and bituminous macadam, and construction 
of two bridges. Only one bid was received for this work, being 
that of C. J. Eldon, Portland, in the amount of 373,356.00. ihe 
Commission awards this contract to C. J. Eldon, at his bid of 
$73,356.00, 


"Pendleton-Adams Section of Oregon-\iashington Highway, in 
Umatilla County. 11.3 miles roadside improvement. I. E. Myers & 
Son, eho, submitted the low bid for this work, in the amount of 


t 
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PO GOVERNING ISSUANCE OF TEMPORARY PERMITS FOR THE OPERATION 
OF VEHT EXCEEDING L UEIGHTS DIMENSIONS 


Individual axle loads may exceed 18,000 pounds but shall not ex- 
ceed 19,000 pounds, 


The gross weight of any group of axles spaced eighteen {18) feet 
or less apart shall not exceed that determined by the formula 

715 x (L+40), provided that the gross weight of any individual 
axie in such group shall not exceed 19,000 pounds. {This is 
equivalent to the gross weight provided by the formule 650 x (L+40) 
plus ten (10) per cent.) 


The gross weight of any vehicle or combination of vehicles having 
an overall wheel base of more than eighteen (18) feet shall not 
exceed that determined by the formula 750 x (1+40), except that when 
"Lh" js less than 45 feet the formula 775 x (L+40) may be used. 


The tire width of any individual wheel or axle shall te suffici- 
ent to provide one inch of tire width (manufacturer's rating) for 
each 600 pounds of the gross weight of such wheel or axle. 


The maximum height of any vehicle and load shall not exceed fifteen 
{15) feet, where the overhead clearance permits such height. 


The maximum width of vehicle and load shall not exceed twelve 
(12) feet and the maximum length of vehicle and load, involving 
an overwidth, shall not exceed sixty (60) feet. 


(Incorporate rules concerning logs heretofore adopted by the Com- 
mission on May 8, 1941.) 


Any application to move any vehicle or combination of vehicles 
and loads exceeding the weights and dimensions set forth in the 
above rules must receive the consideration of the State Highway 
Commission. 


The Commission authorized the issuance of permits under such regula- 
tions covering isolated movements only. Requests for permits that do not come 
within the scope of such regulations shall be referred to the Commission for 
instructions. 


Chairman Cabell reported a gasoline advertisement encroachment on 
the right of way of the Pacific Highway West (Barbur Boulevard) near the inter- 
section of Northwest 19th Avenue and 30th Street, Portland, said advertisement 
consisting of an old automobile. He said that this detracts greatly from the 
appearance of the highway, and in his estimation, should be destroyed. The 
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the low water line along a section about 300 feet in length. He also said 
that arrangements have already been made with all other state and federal 
departments concerned for permits, but they evidently overlooked the State 
Highway Department, so they are now appearing before the Commission to ask 
this privilege as a temporary proposition, 


Mir. Brix assured the Comaission that the arrangement would not be 
permanent inasmuch as it is simply for this one operation. He said that he 
expected to complete the log hauling part of the work by December 1, 1941, 
and asked the privilege of maintaining the dump at Corbett until that time. 
The Engineer pointed out that there are possibilities that the Commission 
will place under contract before December 1 the construction of another sec- 
tion of the new Columbia River Highway at Corbett and, in that event, the 
log dump would undoubtedly interfere with the highway contractors' operations, 
After considerable discussion the Engineer suggested that Mr, Brix be allowed 
to maintain the log dump until November lst, with the privilege of remaining 
there a longer period of time in the event highway construction operations 
are not then under way. The Comission approved the suggestion, 


The Commission also authorized the granting of a permit to trans- 
port the logs over the Columbia River Highway from its junction with the 
Brower Road to the road that leads to Corbett Station, subject to the condi- 
tion that flagmen be maintained on the highway where the loads enter and 
leave the highway and further provided that the logs will be cut in lengths 
not in excess of 40 feet. 


lir. Ryder L. Cormany, Portland, was present and asked the Commis- 
sion to designate as a state highway a short road which extends northerly 
from the ‘Jilson River Highway, near Glenwood, toward the town of Timber, Ir. 
Cormany advised that the road in question is an old private logging road but 
was discontinued as such about fifteen years ago. Since that time, he said, 
a number of people have built homes adjacent to it and are using it as a pub- 
lic road, although it has never been dedicated as such. He also said that 
there is an old bridge on this road near its junction with the ‘filson River 
Highway, that is badly in need of repair and he is fearful that if an acci- 
dent should occur on this bridge he would be held responsible and liable, 
and that his primary object in coming before the Commission is for relief 
from this responsibility. He was informed that this road does not meet the 
requirements of a state highway so the Commission cannot place it on the 
state highway system. However, suggestion was made that the County Court 
of Washington County might take it over as a county road in view of the fact 
that it serves a number of families. ir. Cormany said that he would act on 
this suggestion, however, he asked the Commission to intercede with the county 
court in his behalf. The Commission denied the request as a matter of policy. 


The Engineer asked the Commission to adopt a policy covering the 
issuance of temporary permits for operation over state highways of vehicles 
that exceed the weight and dimension limits specified by statute. He parti- 
cularly referred to permits for the transportation of RD-8 Caterpillar trac- 
tors and similar equipment used by highway contractors. He submitted a list 
of regulations covering such movements, as follows, which the Commission ap- 
proved: 


—— : aS 
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Petition from Columbia Grange regarding the designating of the 
county road through Talbot State Park a state secondary highway:— The Parks 
Superintendent advised that this is the only roadway entrance into the state 
park and, in his estimation, it would be a fine thing if it were rocked and 
oiled and if a parking place for automobiles could be provided adjacent there- 
to. The Commission referred the matter to the Parks Superintendent for fur- 
ther investigation and report, 


Addition to wayside park on Mount Hood Highway:- The Parks Super- 
intendent recommended the purchase of a 20-acre tract described as the South 
half (S$) of Lot 16, Section 3, Township 1 North, Range 10 East, W. li., Hood 
River County, at $160.00. He advised that the tract is owned by Hood River 
County, which acquired it for the amount of the taxes, that it adjoins a way- 
side parking area that the Commission is now buying and is needed for the 
proper future development of the park. The Commission authorized the purchase 
of this tract. 


Petition to operate store and Post Office in Cascadia State Park:- 
The Parks Superintendent presented a petition from citizens of Cascadia re- 
questing that a location be made available to persons now operating Cascadia 
store, for the purpose of erecting a building on the park premises to contain 
a store, Post Office and telephone switchboard, as an accommodation to the 
general public. The Commission denjed the request as a matter of policy. 


Status of C.C.C. camps in state parks:- The Parks Superintendent 
reported the termination on June lst of two C.C.C. camps located at Woahink 
Lake and Saddle Mountain, leaving only two camps in operation, one being at 
Silver Creek Falls State Park and the other at Short Sand Beach State Park, 
although a spike camp of about thirty men from the Short Sand Beach Camp has 
been transferred to the Saddle ijountain Camp to continue road construction in 
this area. He further reported that he has heard a rumor to the effect that 
the camp at Woahink Lake is to be used as a "conscientious objectors" camp, 
although he haa no definite information to that effect. The Commission ap- 
proved the report but ordered that full reports on each camp be sent to each 
Commissioner for further study, 


Proposed park adjacent to the Oregon Coast Highway at the California 
State Line:- The Parks Superintendent reported receipt of a letter from Cali- 
fornia interests reviving a plan for the establishment of a joint state park 
at this location. He said that the area contains about 160 acres and can be 
purchased from the owner, Mr. W. L. Crissey of Brookings, for $10,000. The 
Commission confirmed its previous decision in the matter not to acquire this 
property at the present time because funds for park purposes are limited and, 
in the opinion of the Commission, there are other locations of more importance, 
The Commission agreed to reconsider the matter on its merits in the event the 
California intereste push it. 


Acquisition of government-owned property at Tillamook Head, in Clat- 
sop County:— The Parks Superintendent requested authority to acquire from the 
Federal Government 109.39 acres of land at this location which, he said, can 
be purchased at $1.25 per acre, or a total of $136.74. He recalled that the 
Commission petitioned the government for this area a couple of years ago under 
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Engineer was thereupon instructed to ascertain the exact location of the sign 
and to pass the information on to the Attorney who was instructed to order 
the sign taken down if the Commission has control over it. 


The Engineer requested authority to purchase one hydraulic floor 
jack, costing $50.00, for use at the Portland Division Headquarters in greas- 
ing trucks, changing tires, et cetera. The Commission approved the request 
and ordered that the jack be purchased through the State Purchasing Agent. 


The Engineer reported on the complaint of A. B. Quine, Manager of 
the Cornucopia Gold Mines, with respect to the condition of the Halfway- 
Cornucopia Secondary State Highway, in Baker County. He recommended an ex- 
penditure of about $9,000 for the improvement of this road by sloping, con- 
structing culverts and some surfacing, the work to be done this fall with 
state forces, when they are available. The Commission approved the recom- 
nendation, 


The Engineer also reported the cost to construct a light mat oil 
surface on the newly resurfaced section of the Santiam Highway between Foster 
and Cascadia. He estimated the cost of such work at 10,000 and recommended 
approval of the expenditure, the work to be done with state forces. The Com- 
mission approved the recommendation. 


The matter of reoiling the Santiam Highway between Detroit and the 
South Santiam Highway junction was brought up for discussion by the Engineer. 
He advised that the present oiled surface is very thin and will not stand up 
under the traffic that uses the road, in fact the present surface is simply 2 
series of patches from one end to the other and should be reoiled throughout 
its entire length, He pointed out that the Commission intends to designate 
this road as a state secondary highway as soon as the counties clear the right 
of way of encroachments, which it is expected will be done shortly, and rec- 
ommended, in view thereof, and for the further reason that the road must be 
oiled next year at the latest, an expenditure of about $12,000 to provide 
suitable oiling rock for the purpose. The Commission approved the recommenda- 
tion and authorized the Engineer to advertise the project for bids to be re- 
ceived early this fall. 


The Engineer reported briefly on matters pertaining to the proposed 
improvement of South Six Street, Klamath Falls, the route of the Mlamath Falls- 
Lakeview Highway. The Commission ordered a full report on this matter for the 
next meeting. 


The State Parks Superintendent, Mr. S. H. Boardman, was present and 
reported on the following park matters: 


Parks Department financial statement:- The Parks Superintendent 
submitted a written report showing amounts budgeted for expenditure in 1941 
for betterment and maintenance of parks, including a statement of expenditures 
made for acquisition of park areas up to June 1, 1941, totalling 544,790.94. 
The resort also included a list of authorized obligations totalling $47,930.00. 
The Commission approved the report and ordered it filed. 


Douglas County an offer of fullest cooperation possible in the matter of pre- 
serving the timber standing on the property owned by the county. The Commis- 
sion approved the report. 


ir. J. R. Evans, representing the Evergreen Ski Club of Baker, Ore- 
gon, and Mr, George Calderwood, Director of the Baker Junior Chamber of Com 
merce, and lir, Ward Erwin, Chairman of the Oregon Winter Sports Association, 
Portland, was present and presented an urgent plea for snow removal operations 
during the winter months on the roads leading to the Anthony Lakes recreation- 
al area. They advised that neither Baker County nor the U. S. Forest Service 
has equipment to handle such work and it is too big a problem for local citi- 
zens to finance. He estimated the annual expense as being about $2,000. Ur. 
Erwin presented a letter from llr. F. V. Horton, Assistant District Forester, 
in regard to the subject, together with other material bearing on the project. 
He asked the privilege of their club members to confer with the Commission 
with regard thereto in an endeavor to work out a satisfactory solution. He 
urged the Commission to give favorable consideration to this request, alleging 
that from personal inspection of all of the skiing grounds in the north~ 
west, the Anthony Lakes area is the best natural skiing grounds of all, not 
excepting Sun Valley, in Idaho. 


The Engineer advisea that the roads leading to the Anthony Lakes area 
are not all state highways, and that considerable of the road mileage is too 
crooked and narrow to accommodate the Highway Department's snow fighting equip- 
ment. Chairman Cabell advised that the Commission is reluctant to spend state 
money for such purposes on a deadend road and, while Anthony Lakes district 
may be outstanding, there are other areas throughout the state in the same cat- 
egory as far as roads are concerned. The Commission wants to treat all alike, 
he added, and in an endeavor to do so has under consideration the preparation 
of a formula or yardstick by which each can be measured. The Commission is 
of the opinion, he said, that expenditures for purposes of this kind must be 
considered from the standpoint of motorists use, and if it is determined that 
the snow removal costs are excessive from the automobile traffic standpoint 
then, of course, the Commission would not feel justified in going to the ex- 
pense, However, tie Commission will be glad to confer with the members of the 
Evergreen Ski Club some time when it is in the vicinity of Baker. Mr. "vans 
inquired whether or not it would be possible for the Commission to hear a del- 
egation when the Commission holds its public hearing in Ontario. The Secre- 
tary was instructed to inform lr. Updegraff, President of the Evergreen Ski 
Club, when the plans for this trip have been effected. 


The Commission adjourned at 5:30 p. ™. to reconvene on the following 
morning in the same room. 


i ninecionemeninens 
Portland, Oregon, June 13, 1941 
The State Highvay Commission reconvened at 9:00 a. m. in the auditor- 


ium of the Public Service Building with all Commissioners present and partici- 
pating. Also present were R. H. Baldock, State Highway Engineer; J. M. Devers, 
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the Recreational Act and that the government has offered to sell it at the 
rate of $1.25 per acre, The area, he added, consists of two separate tracts, 
one described as Lots 2, 3 & 4, in Section 31, Township 6 North, Range 10 West, 
W. Me, and the other as Lot 2 in Section 1, Township 5 North, Range 11 West, 
W. M. The Commission authorized purchase of both areas. 


Proposed park at Big Tree, in Clatsop County:— The Parks Superin- 
tendent reported that he inspected this proposed park in company with a com- 
mittee of interested Seaside residents and finds that it is located in the 
southwest quarter of Section 7, Township 5 North, Range 9 W., Weliey about 
three miles south of Cannon Beach Junction; further, that to reach this site 
one is required to travel about five miles over a logging road. He estimated 
that it would cost about $30,000 to build a suitable road to the tree, inelud- 
ing construction of a bridge over the Necanicum River, and that it would re- 
quire an additional expenditure of about $10,000 to provide a caretaker and 
living quarters for him. He recommended against the project. The Commission 
voted unanimously not to acquire the property in view of the expense involved, 


Removal of timber from Cape Arago State Park:- The Parks Superin- 
tendent recommended execution of an agreement with the County Court of Coos 
County and the prior owners of Cape Arago Park relative to removal of timber 
from this area. He explained that when the state acquired the tract provision 
was made in the deed that the timber should not be removed; however, since 
that time a forest fire ravaged a part of the tract, destroying some of the 
timber, and it was thought advisable at that time to sell the burned timber 
to a prospective purchaser, which was done, and the proceeds were deposited 
in the state highway fund, Recently, he said, complainthas been filed on the 
grounds that the state violated the provisions of the original agreement SO, 
in order to clarify the situation, it was thought best to enter into a supple- 
mental agreement with the parties interested, providing for the sale of the 
timber. He presented an agreement covering the matter which the Commission 
approved and signed. 


Proposed wayside area near Crawfordsville, in Linn County:- The 

Parks Superintendent submitted a request from Mr. C. Pe Bishop, Salem, for 
the establishment of a wayside park adjacent to the Halsey-Sweet Home Second- 
ary Highway and the Calapooya River, about three miles east of Crawfordsville, 
Mr. Bishop, he said, is very interested in this area for sentimental reasons, 
it being near his boyhood home. He exhibited a map showing plans for the de- 
velopment of the tract and gave as his thought that the cost to develop the 
area in accordance with the plans would not exceed $500.00. It was the opin- 
ion of the Commission that wayside park areas should be located along main 
arteries of travel, rather than along secondary routes, and in view thereof 
the Commission decided not to purchase the area. 


Timber strips along the Tiller-Trail Secondary Highway, in Douglas 
County:- The Parks Superintendent reported that he has contacted the Govern- 
ment officials relative to the preservation of wayside timbered strips through 
the 0 & C lands along the Tiller-Trail Highway and has been assured fullest 
cooperation; also, that he has secured from County Judge D. N. Busenbark of 
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STARKEY SECONDARY HIGHWAY 
MEADOW BROOK SECTION - GRADING AND TOPPING 


Ee Le Gates $31,460.50 
Triangle Construction Co. 32,378,00 
Vernie Jarl 35,979-50 
Leonard & Slate 37,978.00 
J. C. Papin 38,970.00 


SUMMERVILLE-ISLAND CITY ROAD 
WEST RANCH-ISLAND CITY SECTION - SURFACING AND OILING 


Norris Bros. $48, 251.50 
J. C. Compton 50,086.00 


The Commission, by unanimous vote, approved the minutes of the meet- 
ings held on December 3, 4 and 5, December 17 and 18, 1940, and January 10, 
1941. 


The Engineer brought up for discussion the proposed widening of the 
Oswego Highway through the town of Oswego. He said that a traffic problem has 
arisen which makes it very desirable to provide a turn-around on the east side 
of the highway at its intersection with "Bb" Street, but in order to provide 
such turn-around it will be ncessary to encroach upon the Southern Pacific 
Company's station grounds. He exhibited a map showing the proposed encroach- 
ment. The utilization. of the encroachment, he said, would necessitate cer- 
tain revisions in the facilities of the railroad company, which he estimated 
would cost about $1,090.00, and he gave as his thought that the state should 
pay this expense in view of the fact that it is for the benefit of the general 
public. 


In this connection the Engineer pointed out that the railroad com- 
pany owns the strip of land between the highway and the railroad tracks. It 
was his thought that it would be advantageous to the highway from the aesthet- 
ic standpoint if the railroad company could be induced to retain ownership of 
such property, particularly in view of the fact that the proposed highway im- 
provement includes a considerable expenditure for landscaping purposes and 
beautification. He read aloud a letter dated June 11, 1941, and directed to 
Mr. E. Le King, Superintendent of the Southern Pacific Company, with respect 
to the entire matter. After discussion the Commission approved the improve- 
ment as outlined by the Engineer, including the expenditure of $1,090.00 need- 
ed to revise the railroad facilities. The Engineer was instructed to secure, 
if possible, an agreement with the Southern Pacific Company to the effect 
that the company will not dispose of any of its property lying between the 
highway and the railroad track. 


The Assistant Attorney reported the status of the right of way budg- 
et. He advised that of the general budget for this purpose, amounting to 
$600,000, $364,000 has been obligated to date, and, of the $800,000 provided 
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Attorney, and H. B. Glaisyer, Secretary. Bids, as follows for highway con- 
struction projects were opened and read in conformance with previously pub- 
lished notice following which Chairman Cabell announced that the award of 
contracts would be made at 2:00 p. m, in the same room: 


t 
; 
f 
: 


CORVALLIS-NEWPORT HIGHWAY 
OAK CREEK BRIDGE WIDENING PROJECT 


eR NN AERA Nt OTS a 


Cc. We Reeve $9,991.00 
Babler Bros. 10,364.00 
Birkemeier & Saremal 11,090.00 
Barham Bros. 11,191.00 


OREGON COAST HIGHWAY 
GEARHART~SEASIDE SECTION — OILED ROCK FOOTPATH 


Ly Margen eh ny emis 


Jed Wilson $7,865.00 

J. C. Compton 8,768.00 

4 C. H. Grimstad & T. Vanderveldt 9,263.00 

i River Bend Sand & Gravel Co. 9,341.60 

z Sam Orino 9,446.00 

j 0. C. Yocom 9,550.00 

? United Contracting Co. 9,719.00 
Hanson Bros, 10,976.25 
Fuckenberg Construction Co. 12,045.00 

2 THE DALLES-CALIFORNIA HIGHWAY 

P| ALGOMA~TERMINAL CITY SECTION 

& GRADING, TOPPING, SURFACING & BITUMINOUS MACADAM 

é 

Z Frank Penepacker & Clifford A, Dunn $172,016.00 

3 Colonial Construction Co, 172,524.00 

OREGON COAST HIGHWAY 

| MINER CREEK-SPENCER CREEK SECTION - SPENCER CREEK BRIDGE 

: Harry I. Yamilton $22, 830,00 
C. J. Eldon 23,591.00 
Frank \Vjatt Construction Co. 24, 516,00 
Barham Bros. 25,064.00 
Birkemeier & Saremal 26,010.00 
Tom Lillebo 27,344.00 


FULTON CANYON-WASCO COUNTY ROAD 
FULTON CANYON-LOCUST GROVE SECTION ~ GRADING, SURFACING & OILING 


0. C. Yocom $50,394.00 
Leonard & Slate 52, 707,00 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Continued) 
0 100 per acre iicChesney 
0.15 $20 per acre 


nanser Bridge-Mist Section 
8966—Doreo, A. Le 


Hehalem Highwa: 


8974-Knowles, Irving FE. 
4,356 sq.ft. 2¢ sq. fte 
0.08 a. $100 per a.+ $151.80 " 
8973—Bachman, Louis " 3.58 $100 per ae " 
2,865 sq.ft. 2¢ sq.ft. + fencing “ 
$141.60, + $86.00, + 
moving bldg. (Est 'd.$300) 


North Bend-Marshfield Section, Oregon Coast Highwa 
3052-Union Oil Co, of Cali- R/Y 10,600 sq.ft. 15¢ sq.ft. + $9050.10 


fornia Esm't. moving costs Collins 


aN ye chal Th 


‘eave vo 


Progress Section, Beaverton-Aurora Highway 


OEE Fa ie Oe Ly 


9282-Fanno, Kate Stock .1.40 GRATIS (In addition Witt 
Pile Washington Co. is to 
deed 0,594 a. to Kate 


Fanno) 


Sunset Tunnel-Buxton Section 
9349-Reed, Thora A. R/\: 


Jolt Creek Highway 
4036 $15 per acre Witt 


Davies-Vadis Section, Wolf Creek Highwa 


6530-Beach, H. T. R/V 10.29 $100 per a. + $141.25 Benson 
9013-White, Geo. VW. " 2.06 $175 per a. + $89.50 " 
6517-Thompson, Sarah J. . 7.65 $2,000 Lump Sum " 
6525-Behrman, Ernest " 5.90 $125 per a+ $2412.50 " 


Glenwood-Washburn Section Wilson River Highwa: 


8669-Bateman, Charles S. R/! 3.64 $100 per a. + $6136 Devers 

Blodgett Section, “ar any Highway 

8742-A-David, Edith and R/\i 2.12 $100 per acre Collins 
Le W. Fox 2.02 $50 per a.t $1226.50 


4.14 


Scott Creek-Benton County Line Section, Alsea Highway 
9280-Stouder, Charles E. ~ RAI 2.94 $15 per a. Gardiner 
i) * 29 pb a $9 . 00 + $3 50 


9280-A-Montgomery, Glen " 0.31 $15 per a. + $20.35 " 


Oak Creek-Bridge Section, Newport-Corvallis Highway 
9452-Kelleway, Cora RAT 0.10 $1500 per a. + $30 Witt 


for acquisition of right of way for Front Avenue, in Portland, $480,000 has 
been obligated to date. The Commission approved the report. 


The Attorney requested authority to acquire certain parcels of real 
property that are needed for various highway improvements throughout the state. 
He submitted a list of such properties together with the prices that he recom 
mended be paid for each. After careful consideration of each item the Commis- 
sion approved the request and thereupon adopted, by unanimous vote, the fol- 
lowing resolution with respect thereto: 


WHEREAS, in connection with the further improvement of 
the highways hereinafter designated, it is and has been necessary 
to acquire property for right of way, quarry sites, gravel or other 
material sites, or sites for the storage of materials, as herein- 
after more definitely set forth, and 


WHEREAS, as a result of negotiations carried on with the 
owners of the property required, options have been obtained, which 
options have been considered by the Commission, outlining the bases 
of settlement which have been agreed upon, and 


WHEREAS, it is the judgment of the Commission that the 
said options should be approved and accepted, and/or the said re- 
ports be declared acceptable to the State Highway Commission as. 
bases of settlement for the properties involved, and that the ac- 
quisition of the properties should be completed: 


NOW, THEREFOR". BE IT RESOLVED that the several offers, 
or bases of settlement hereinafter enumerated be, and the same 
hereby are, approved and accepted, and that the Attorney for the 
State Highway Commission be, and he hereby is instructed to com 
plete the acquisition of the said properties and to take title 
thereto in the name of the State of Oregon, The said properties 
hereby ordered and authorized to be acquired are as follows: 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Tongue Point Section, Columbia River Highway 
9136-Astoria, City of Y 21,801 sq.ft. GRATIS Gardiner 


9139-Blackstock, Grace 


Florence " 3 lots $75.00 per lot " 
plus $1675.00 
9190-Aarnie, Ruby Cederberg " 1 lot $135 Land, + $165 " 
9350-Lund, Lewis " 4,500 sq.ft. 2¢ sq.ft. + $25 " 
St. Helens Section, Columbia River hv 
8737-Gilder, E. L. RA 5,755 sq.ft. 2¢ sq.ft.+ $2085 McChesney 
(Correction) 
Banzer Dridge-ilist Section, Nehalem Highwa: 
8971l-—lodtly, Rhea RA 6-86 3100 per a. + McChesney 


$82.80 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


crickett Flat-Minam Section, Wallowa Lake Highway (Continued 


9351-Boswell, Nicha R/W 4065 per acre Landon aE 
2.80 $5 per acre + $412.75 an 


9354-Briges, A. " 0.66 $10 per,,a-. + $26.85 - 
g353-Nelson, Hance C. ss 0.57 $52.63 per a. + fen- " 2 
cing $45 Pa 

9355-Rusaw, Arden, and A. e 
. 3,83 $50 per a. + fencing " *’ 


Briggs 
$293.25, + $116 


HM ee 


anch Section, Wallowa Lake Highw: 
T 5.27 250 per a. Landon 


Boswell Ranch-Follett R 
9356-Follett, Cora 


2.92 $5 per a. + fencing 
8.19 $618.75, + $189.12 


ey egy: va: 


Shaniko-The Dalles—California Section, Sherman Highway 
10,0 $10 per a. + fencing Cozad 


3486A—Cooke, Henry A. and Quarry 
Geo, A. Obarr Stockpile 


Memaloose Park—Dillon Section, Columbia River Highway 
Stockpile 0.95 2 year lease - $10 6ozad 


Z501-Wettle, Fred 
per year 


jon, The Dalles-California Highway 


Barclay Springs-Graham Marsh Sect 
9400-Uhrman, Hans Rw 4.15 $25 per acre Cozad 
Meadow Brook Section, Starkey Highway 
9360-it. Emily Lor. Co. R/W 1.89 $5 per acre Cozad 
Dixie Summit-Austin Section, John Day Highway 

) $50 Lump Sum Williams 


9291-Busby, Bert and Sam Stock we 
Kronenburg Pile 


South), Portland Pacific Highway ‘/est a 
5,000 sq.ft. 15 sq.ft. $750 McCallister u 


Front Avenue Project Columbia Street 

8678-Howatt, F. J. and i 
F. C. Marshall 

8246-Janzen, D. Ee, " 5,866 " 20¢ sq. ft.$1200 " 


deration to the items contained in 


the above resolution with respect to right of way needed for the proposed re- 
vision of the Columbia River Highway at Tongue Point, Clatsop County. It was 
pointed out that federal approval has not as yet been secured for the proposed 
highway improvement at this place, and in view thereof, the Commission instruct- 
ed the Attorney not to close the options secured for such right of way until 
this project has been cleared from all standpoints. It was understood that 

the amounts contained in the resolution with respect to such properties are 


satisfactory. e 


The Commission gave special consi 
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Section, Hwy,, and Owner Purpose Acres Approximate Amounts Agent 


Cascadia-B t Hill Section, South Santiam Hi 
9253-Stocker, = RAT 0.28 30 Lunp Sun Witt 


Eugene Section, Pacific Highway 
8976-Landon, F. Le RA! 8384 sq.ft. 13¢ sq. ft. + $175 Parker 


(Correction) 

Days Creek~ifilo Section, Tiller-Trail Highway 

9215—Yorld War Vcts. State RAT 1.06 $50 per acre McChesney 
Aid Commissio.3 


Cove Park Section, The Dalles-California Highway 


3956—-Degner, Laura Park 20.0 $5.00 per acre Cozad 
2957-Jefferson County " 160,0 3.00. %. * " 
8952-Keenan, Mary " 40.0 $3.50 * * " 
Wolf Creek-Grave Creek Section, Pacific Highway 

9264-Josephine County RAI 430. _—_— GRATIS Lytle 


and Park 


Grave Creek-J Off Joe Creek Section, Pacific Highwa 


9336—Tiseman, Mary E. R 0.25 $20 per a. + $1 Collins 
. 9341-Kolkow, W. R. " 0.23 $20 per a, + $85 e 
' 8706-State Land Board and " 16.8 $5 per a. + fencing " 
$ Bessie Greenmyer 
7 8874-McGuire, Martha J. " 19.99 $20 per a. + $575 " 
; 9344-Webb, Henry C. " 3.87 $4,000 Lump Sum " 
§ Bend Section, The Dalles-California Highwa 
| 9224-Maurer, W. A. R/Al 27 sq.ft. 4¢ sq.ft. + $10 Cozad 
; 9363—Davis, Oral L. tt 1225 " 4é oo" " 
; 9222-Deschutes County " 2042 +" GRATIS " 
; 9223-—Deschutes County " 8 ll GRATIS - 
| Gilliam County Line-Zinter Ranch Section Wasco-Heppner Hi ie 
3 8928-Scimeider, Carl RY yy bi $10 per a, + $160 Gardiner 
¢ Madras-He~He butte Section, \/arm Springs Highwa 


248,738 90.845 at $25 per a. DeSouza 
157.893 at $5 per a. 


8440-farm Springs Agency 


plus $734.76 

Cricket Flat—Minam Section 

9352-Wyatt, Sadie li. $50 per acre Landor 
$10 per acre 


$25 per a. + $838,40 
fencing, + $278s37 


RS Sant sede eh eee es UNE er FS Bis 


Real property ovmed by William B. Lund and Freda Lund, 
which property is located in Lots 10, 11, 12, 13, 14, and 
15, Block 8, Van Dusen's Astoria. Jlatsop County, Oregon, 
and is more particularly described on the attached sheets 
and designated as Parcel No. 1 and is further identified 
in the records of the Highway Commission as file R 9187, 
and which property is being acquired for right of way pur- 
poses in connection with the Columbia River Highway3* 


Real property owned by Manne Johnson, which property 
is located in Lot 6, Block 10, Van Dusen's Astoria, Clat- 
sop County, Oregon, and is more particularly described on 
the attached sheets and designated as Parcel No. 2 and is 
further identified in the records of the Highway Commis- 
sion as file R 9183, and which property is being acquired 
for right of way purposes in connection with the Columbia 
River Highway ;* 


Real property owned by H. C, Wyatt and Maude \yatt, 
which property is located in the Chas, Johnson D.L.Ce 
No. 40 in Section 3, Township 12 South, Range 5 West, ‘elie, 
Benton County, Oregon, and is more particularly described 
on the attached sheets and designated as Parcel lio. 3 and 
4s further identified in the records of the Highway Com- 
mission as file R 9453, and which property is being ac- 
quired for right of way purposes in connection with the 
Newport-Corvallis Highway ;* 


Real property owned by Amos Smith and Charles F. 
Smith, which property is located in Lots 3 and 5 (S& of MFR) 
of Section 11, Township 34 South, Range 6 West, W. ie, in 
Government Lot 6 (Mi: of SW3) of Section 11, Township 34 
South, Range 6 West, W.M., and in Government Lot 3 (SEX of 
m7d) of Section 11, Township 34 South, Range 6 est, W.l., 
all in Josephine County, Oregon, and is more particularly 
described on the attached sheets and designated as Parcels 
Nos. 4, 5, 6, and 7 and is further identified in the rec- 
ords of the Highway Commission as file R 8872, and which 
property is being acquired for right of way purposes in 
connection with the Pacific Highway ;* 


Real property owned by Charles k. Colley, which prop- 
erty is located in the west half (Ws) of the northwest 
quarter (NV:) of Section 2, Township 35 South, Range 6 
West, W.i., Josephine County, Oregon, and is more particu- 
larly described on the attached sheets and designated as 
Parcel No. 8 and is further identified in the records of 
the Highway Commission as file R 9346, and which property 
is being acquired for right of way purposes in connection 
with the Pacific Highway;* 


10410 


~ 


it 


A MACHMEED, 
Heiser i 


‘epi 


ia 
* 
e 


ERASER « 


mands 


10409 


The Attorney also requested authority to institute condemnation 
proceedings to acquire certain parcels of real property that are needed for 
various highway improvements and concerning which he has been unable to reach 
satisfactory settlements, He presented a list of such properties together 
with offers that he recommended be made in concemnation, as follows: 


File No. Name Purpose Required Rec da Offer 
3872 Amos Smith Right of Way $500.00 
9342 R. V. Plumridge a Ss 8 10,00 
9346 Charles R. Cooley . 8 8 40,00 
9453 H. C. Wyatt . eS 260,00 
91838 Manne Johnson a ve 50,00 
9187 William B. Lund " " sd 1300.00 


After careful consideration of each of the items the Commission approved the 
offers recomménded, and thereupon adopted the following resolution authoriz- 
ing the Attorney to proceed with condemnation: 


WHEREAS, the State Highway Commission is authorized to 
locate, relocate, construct, reconstruct, maintain, widen, straight- 
en, and otherwise improve state highways, both primary and secondary, 
and said Commission is also authorized to construct shops, equip- 
ment sheds, office buildings, maintenance sites, patrolmen accommo- 
dations, and snow fences, and is authorized to acquire quarry sites, 
gravel pits, storage sites, stockpile sites, weighing stations, and 
broadcasting stations, and is further authorized to develop, con- 
struct, improve, operate, and maintain parks, parking places, auto 
camps, camp sites, roadside development, recreational grounds or 
resorts, and other places of attraction and scenic value; and 


WHEREAS, said Highway Commission is authorized to acquire 
by purchase, agreement, donation, or by the exercise of the power 
of eminent domain real property, or any interest therein, necessary 
or deemed by the Highway Commission necessary fs> *he accomplish- 
nent of any and all of the foregoing things; and 


WHEREAS, in the judgment of the Highway Commission the 
several tracts or parcels of land hereinafter described are each 
and all necessary for the specific and particular purposes herein- 
after specifically set forth; 


NOW, THEREFORE, BE IT AND IT HERCBY IS RESOLVED by the 
State Highway Commission as follows: 


1, That the Commission does hereby find and declare that 
the several parcels of real property hereinafter described are each 
and all necessary for the accomplishment of the purposes hereinafter 
expressly and specifically set forth, which said real properties and 
the specific purposes for which the same are being acquired are de- 
scribed as follows, to wit: 


being Resolution No. 13, under the heading "Real Property Condemnation 
Resolutions" and said deseriptions by this reference are made a part of 
this minute entry to the same extent as if copied in full herein.) 


The Attorney brought up for discussion the controversy with the 
Southern Pacific Company relative to right of way, and other items in dis- 
pute, needed for re-establishing the railroad company's tracks between Eugene 
and Springfield, necessitated by improvement of the Pacific Highway between 
these points, This matter was discussed at considerable length and, as a 
result, the Commission decided to accede to the railroad company's demand 
with respect to the right of way and to limit its discussions with the com- 
pany to other controversial items. 


The Commission discussed briefly, but deferred until the next meet- 
ing, a decision with respect to right of way needed for the improvement of 
The Dalles-California Highway (Klamath Falls-i/eed Highway) south of Klamath 
Falls, involving property owned by Mrs. Hecker who has plans to subdivide 
this property but wants the layout to conform to the permanent highway im- 
provement. 


The Engineer reported that the contractor on the Front Avenue Proj- 
ect in Portland (Edlefsen-\eygandt Company) has been collecting rentals from 
tenants of property that has been acquired as right of way for this improve- 
ment and it is his understanding that approximately $2,000 has already been 
collected, He gave as his thought that this is contrary to the original plan 
and, in any event, if rentals are to be charged, the amounts collected should 
be paid over either to the city or the state. The Commission decided to se- 
cure from the contractor the moneys collected by him for this purpose and to 
reimburse those from whom it was secured. The Attorney was instructed to 
write the contractor stating that the Highway Commission is holding him ac- 
countable for all moneys collected as rentals and that in the future, when 
something of this nature arises, he is to take it up with the Commission before 
putting it into effect. The Engineer was instructed to secure the moneys 
from the contractor and pay it over to the parties from whom it was collected. 
He was also instructed to notify the tenants to vacate the premises at once. 


The adoption of a policy with respect to payment for segments of 
right of way which were apparently not paid for by the counties in the first 
instance had the attention of the Commission. The Engineer advised that there 
is an increasing number of instances wherein the county either failed or neg- 
lected to pay for right of way and the owners are now trying to collect. In 
most cases, he said, the statute of limitations has expired and the question 
arises whether these claims should be investigated, notwithstanding the stat- 
ute of limitations. He said that the payment of state funds in every instance 
would involve an expenditure of a large sum of money. He suggested payment 
of the claims with state funds as they arise, provided the amounts are small, 
and that in cases where the amounts involved are large they be referred to the 
Comission for special instructions, The Commission approved the suggestion 


and so ordered, 


. 
; 
t 
f 
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Real property owned by Robert V, Plumridge, which 
property is located in the northwest quarter (NW) of 
the northwest quarter (liWi) of Section 2, Township 35 
South, Range 6 West, W.M., Josephine County, Oregon, 
and ig more particularly described on the attached sheets 
and designated as Parcel No. 9 and is further identified 
in the records of the Highway Commission as file R 9342, 
and which property is being acquired for right of way 
purposes in connection with the Pacific Highway.* 


2, That the Commission does hereby find and declare that 
each of the said described parcels of real property is necessary and 
acquisition of the same by the State is required for the specific 
purposes hereinabove set forth, and the said properties are being 
acquired for the express and specific purposes in this resolution 
set forth. 


3. That the State Highway Engineer be and he hereby is 
instructed and directed to make or cause to be made all surveys 
necessary in connection with the determination, description, and 
acquisition of said real properties, and said Engineer is further 
instructed to prepare and submit to the Legal Department necessary 
and adequate descriptions of the said real properties, which said 
descriptions shall be available for the preparation of any deed or 
deeds or other instrument or instruments necessary to complete the 
acquisition of said property or properties, whether said properties 
be acquired by purchase, donation, agreement, or by the exercise of 
the power of eminent domain, 


4. That I. H. Van Winkle, Attorney General of the State 
of Oregon, and J. M. Devers, Assistant Attorney General and Attorney 
for the State Highway Commission, be and they are hereby requested, 
authorized, and directed to attempt to agree with the owner or own~ 
ers and/or with the tenants or persons in possession, if there be 
any, of said parcel or parcels of land with respect to the compensa~ 
tion to be paid for the taking of the same and the damage, if there 
be any, and in the event that no satisfactory agreement or agree- 
ments can be reached, then it is hereby further resolved that the 
Attorney General of the State of Oregon and J. M. Devers, Assistant 
Attorney General and Attorney for the State Highway Commission, be 
and they hereby are requested to commence and prosecute to a final 
determination such suit or action, or suits or actions, as may be 
necessary and appropriate to acquire title to the said premises and 
all rights therein for the purposes herein stated. 


5, That this resolution be entered in full in the minutes 
and records of this Commission. 


#(The detailed deseriptions of the respective parcels of real prop- 
erty mentioned in this resolution are attached to the original reso- 
lution on file in the office of the State Highway Commission, Salen, 


to the adjoining and abutting property owners, such portions heretofore hav- 
ing been abandoned by the State Highway Commission for state highway purposes 
on account of reconstruction of the highway on other alignment. 


The Commission a,proved and signed a revised statement directed to 
the Secretary of State relative to payment of the interest charge, in the 
amount of $78.58, arising out of the right-of-way condemnation case, Oregon 
State Highway Commission vs. Joseph P. Parker, et al. The Secretary was in- 
structed to attach such revised statement to the voucher and resubmit it to 
the Secretary of State for payment. 


The Engineer discussed with the Commission the controversy with 
Ivan Phipps, Attorney, Portland, relative to the use of a portion of the 
right of way of the Denver Avenue approach to the Interstate Bridge, in 
connection with a service station business that he proposes to establish 
on adjacent private property. The Engineer advised that Mr. Phipps alleges 
that the deed conveying rights with respect to the right of way contains a 
provision that gives him certain rights in the use of the property. He point- 
ed out that it is contrary to the policy of the Highway Commission to allow 
encroachments on highway rights of way and, in this particular instance, he 
advised that the extra width right of way will be needed for the widening of 
the highway pavement at some future time. He recommended that lir. Phipps be 
not allowed to use any portion of the right of way, and that, if investiga- 
tion of the deed given by Mr. Phipps to Multnomah County really contains a ° 
provision such as he alleges, the Attorney be authorized and instructed to 
secure the invalidation of such rights by condemnation, if necessary. The 
Commission approved the recommendation and instructed the Attorney to write 
Mr, Phipps in accordance therewith. 


The Attorney brought up for discussion the claim of Paul Gilbaugh 
for damages to his property situate adjacent to the it. Hood Highway, by 
reason of the construction thereon of certain cables, concrete work, et cet- 
era, as an aid to flood prevention, He said that Mr, Gilbaugh states that 
such flood control devices were placed on his property without his consent 
and are in a location that prevents access to a stream nearby. Furthermore, 
should it be necessary to repair such devices, the State's employees would 
have totrespass upon lir. Gilbaugh's property, ir. Gilbaugh, he said, wants 
the devices removed so he can have access to the stream, although he has 
stated a willingness to sell the property to the state, if the Commission 
prefers to settle in that manner. The matter was discussed briefly, but ac- 
tion thereon was held pending an additional report from the Attorney as to 
the amount of the damages that ir. Gilbaugh is seeking. 


Reconsideration was given by the Commission to the request of Doug- 
las County Court for a contribution of $1,000 of state funds to apply on the 
purchase price of a gravel bar located in the North Umpqua River adjacent to 
the North Umpqua Highway (County road) which is being constructed by the state 
as a federal aid secondary highway. It was recalled that County Commissioner 
H. B, Roadman appeared before the Commission at its meeting on May 9, with 
respect to this matter and advised that the county has an option to purchase 
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The Attorney reported that he has been endeavoring for some time to 
secure removal from the right of way of the Oregon Coast Highway near the 
bridge at Waldport a building owned by Frank H. Hilton, Portland, but, up to 
the present time his endeavors have been without effect, although, in a recent 
letter Mr. Hilton advises that he expects to have the building moved within 3days. 
He requested instructions. The Commission decided to take no action unless 
Mr, Hilton fails to remove the building by the time he has promised to move it. 


The matter of leasing the moorage rights in the Willamette River in 
front of state-owned property in Oregon City was discussed, The Attorney ad- 
vised that the Crown Zellerbach Company wishes to lease these rights and is 
willing to pay for this privilege the amount specified in the proposal they 
submitted to the Commission some time ago for such privilege, which proposal 
the Commission rejected as being too low. The Attorney was instructed to in- 
form the Crown Zellerbach Company that the Commission is willing to lease the 
rights at this point if the company will pay for the same the amount hereto- 
fore determined by the Commission as the value of the rights. In the event 
the company refuses to pay such sum, then they are to be ordered to discon- 
tinue the mooring of their logging rafts at this point, if investigation re- 
veals that they are now using the state's property without permission. The 
Attorney was further instructed to investigate and secure information as to 
how much rental is being paid for similar moorage rights in Oregon City. The 
Engineer was instructed to investigate whether the state property is now being 
used by the company in connection with its operations. 


The Attorney brought up for discussion the controversy relative to 
the Matt property in Klamath Falls. This property, he said, is a small tri- 
angular tract situate at the junction of The Dalles-California Highway and 
the Green Springs Highway near the west city limits of Klamath Falls, and was 
acquired by the county for right of way for the highway improvement, The 
grantors, he said, allege that the county has not lived up to the provisions 
of the deed of conveyance, and are claiming ownership to the portion that was 
not actually used as highway right of way, He said that he inspected the 
deeds and, according to his interpretation, the grantors really have no rever- 
sionery rights. However, if the state does not absolutely need all of the 
land, it might be advisable to deed back to the original granotrs such portion 
as is not needed for highway purposes, The Commission referred the matter to 
the Engineer for investigation and report. 


The Commission considered and approved a resolution from the County 
Court of Jefferson County with respect to the use of the section of the old 
state secondary highway between Madras and Prineville in the vicinity of La- 
monta, which section has been abandoned by the state as a state highway be- 
cause of reconstruction of the highway on other alignment. According to the 
resolution, the county elects to let the property revert to the adjoining and 
abutting property owners, 


The Commission also considered and approved a resolution from the 
County Court of Sherman County wherein certain portions of the Grant-Rufus 
Section of the old Columbia River Highway are abandoned and allowed to revert 
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WHEREAS, the Highway Comission has petitioned the Federal 
Government to employ federal funds in the purchase of the said tracts 
and timber owned by the Miami Corporation, and should the Federal 
Government refuse so to do, then it is the purpose of the Highway 
Commission to acquire the said property and pay for the same out of 
state highway funds; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED that the 
Federal Government be asked to purchase and pay for out of federal 
funds the wayside strips of timber owned by the ifiami Corporation 
and located in Sections 15 and 16, Township 6 South, Range 9 West, 
We Mey Tillamook County, Oregon, and in Sections 20, 21 and 29, 
Township 6 South, Range 9 West, W. M., Lincoln County, Oregon, which 
are the timber strips under negotiation between the State of Oregon 
and said corporation. 


That in the event the Federal Government refuses or fails 
to. purchase said timber strips on or before August 1, 1941, then 
and in such event the said strips shall be purchased by the State 
with state highway funds and the consideration paid therefor shall 
be the sum of $23,550. 


That this resolution be entered in the minutes and rec- 
ords of the Commission and the Secretary be instructed to deliver 
a certified copy thereof to L. H. liills, as the representative of 
the Miami Corporation, at his office at 1226 American Bank Building, 
Portland, Oregon. 


The Commission discussed the matter of right-of-way width for the 
Oregon Coast Highway through the town of Gold Beach. The Attorney estimated 
that an 80-ft. right of way would cost about $47,000; a 60-ft. right of way 
$4,300; and that a combination 80-ft. right of way south of Dean Creek, nar- 
rowing to 60-ft. right of way north of Dean Creek, would cost about $19,000. 
The Engineer gave as his thought that the adoption of the latter plan, cost- 
ing $19,000, would not be satisfactory to the people of Gold Beach, and 
would cause confusion and trouble, He suggested either an 80-ft. right of 
way or a 60-ft. right of way throughout the entire length of the project, 
and preferably a 60-ft. right of way in view of the cost involved, if that 
meets with the ayproval of the local citizens. After discussion the Commis- 
sion authorized the Engineer to proceed with construction of this project on 
a 60-ft. right of way if the people of Gold Beach will be satisfied with such 
improvement. The Attorney was instructed to ascertain from the people of 
Gold Beach their attitude with respect to the right-of-way width. He was 
also instructed to arrange, if possible, for the removal of the pole line 
from the highway through this town, although the highway improvement is not 
to be considered contingent upon the removal of the poles. 


’ 
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the property for $3,000; that this is the only gravel bar in this vicinity 
suitable for road-building purposes and that material must be secured from 
this bar for the further improvement of the North Umpqua Highway, and it was 
for that reason that the county is asking the state to assure a portion of 
the expense involved, A letter was presented from the county court, dated 
June 10, 1941, advising that the county court will execute a deed of convey- 
ance to the state for an undivided one-half interest in and to this property, 
which is known as the Blakley Gravel Bar, if the State Highway Commission will 
pay the county the sum of 91,000. The Engineer recommended acceptance of the 
county's offer, The Commission approved the recommendation, 


The Attorney reported receipt of a letter from lir. L. H. Mills, 
Portland, representative of the Miami Corporation, from whom the Commission 
is buying timber strips along the Salmon River Highway, in which letter Mr. 
Mills states that the Miami Corporation: " * « « is willing to extend the 
date of payment for the highway strip north of the road until August 1, 1941, 
providing you will forward a certified cony of the resolution from the High- 
way Commission at its next meeting in a form which would constitute a firm 
commitment." It was the opinion of the Commission that such request is rea- 
sonable and is in line with previous understanding with the iliami Corporation. 
The Comission thereupon adopted the following resolution with respect there- 
to, by unanimous vote: 


WHEREAS, the State Highway Commission has conducted negoti- 
ations with the Miami Corporation looking toward the acquisition of 
some timbered areas along the Salmon River Highway; and 


WHEREAS, in connection with said negotiations a cruise of 
the timber was made jointly by the Highway Commission and the owners 
of the property, as a result of which cruise it was determined that 
there is standing on said real property the following species of tin- 
ber in the amounts herein set out: 


5,421 Me feet of Fir 
287 M. feet of Spruce 
60 M. feet of Cedar 

478 Me. feet of Hemlock 


AND, WHEREAS, it has been agreed by the owners and the 
Highway Commission that the purchase price of said timber shall be 
fixed at $23,550, which sum is computed at the rate of $4.00 per 
thousand for Fir, Spruce and Cedar, and $1,00 per thousand for Hem- 
lock; and 


WHEREAS, by act of Congress the Federal Government is auth- 
orized, in cooperation with the State of Oregon, to use federal funds 
for the purpose of purchasing timbered areas such as the areas under 
negotiation between the Highway Commission and the jijiami Corporation; 
and 
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inadvisable that she be moved, Otherwise, she is to be notified to vacate 
the premises at once. The matter was referred to the State Parks Superin- 
tendent to handle, it being understood that the services of the doctor will 
be paid with state highway funds. 


The Commission discussed a request from Mr. Warren Burch, Rickreall, 
for permission to rent the tillable portion of a state-owned stock pile site 
near Rickreall, Polk County, for which privilege Mr. Burch offers to pay $5.00 
per year, In the discussion it was pointed out that heretofore Mr. Burch has 
rented this property from the former owner at the rate of $6.00 per year, The 
Commission voted unanimously to allow Mr. Burch to occupy this property if he 
will pay $6.00 for the current season, and provided he will keep the premises 
cleaned of grass and weeds, The matter is to be covered by appropriate letter 
rather than by agreement. 


The Attorney reported a request from Mrs. Nora Mae Branson Moe for 
additional compensation arising out of a right-of-way settlement made with 
her in 1937 on the Sheridan-McMinnville Section of the Salmon River Highway, 
in Yamhill County, He explained that when the original settlement was made 
with Mrs. Moe she was given to understand by the right-of-way agent that two 
large trees growing on the property that the state is acquiring would not be 
disturbed and for that reason she made no charge for the trees; further, that 
the highway is now under construction in front of Mrs. Moe's premises and it 
appears that the trees are to be removed in connection with the construction 
of a detour for highway traffic, and Mrs. Moe is of the opinion that she is 
entitled to additional compensation therefor. One of the trees, he said, is 
a maple 18 inches in diameter, and the other is a large walnut tree about 25 
years old, The Commission instructed the Attorney to investigate the records 
carefully and determine whether any allowance was made Mrs. Moe for the trees 
in the original settlement. He was authorized to pay Mrs. Moe 950.00 for the 
two trees in the event the records show such allowance was not made. In this 
connection the Commission decided, as a matter of future policy, to purchase 
outright all trees and other things that are occupying property that the Com- 
mission is purchasing. It was thought that such procedure would obviate the 
necessity of reopening right-of-way settlements such as this. 


The Attorney brought up for consideration the question of deductions 
on final settlements from property ovmers and allowances to be made to house 
movers where the house mover submitting the lowest quotation is not given the 
moving work, He pointed out that, owing to the frequency of such instances, 
house movers are very reluctant to make the expenditures uecessary for the 
inspection of work and submission of price quotations unless there is more 
certainty that the low bidder will secure the work or at least be given 
reasonable allowance to compensate him for his expense, It was suggestea by 
Mr. Cabell that the Comission set a flat minimum sum to pay to the low bid- 
der in such instances and the Commission fixed this minimum sum at 915.00. 

The question of making a uniform deduction of ten per cent of the amount of 
the low bid in settlement with the property owners, if the low bidder is not 
given the work, was discussed and it was tentatively given approval. The mat- 
ter was referred back to the Legal Department with instructions to work out a 


The Attorney reported briefly on the right-of-way situation at Port 
Orford, advising that it is his intention to go to Port Orford in the near 
future to arrange for a jury in the Orris Knapp condemnation case. 


Reconsideration was given by the Commission to the matter of aban- 
doning a short section of the Oregon Coast Highway (old route) at Nelscott, 
in front of property owned by Ben Hur Lampman. In the discussion of this mat- 
ter it was brought out that the old right of way is needed for state highway 
purposes, particularly for the parking of automobiles off the traveled road- 
way and for the future widening of the highway. It was elso brought out that 
ww. Lampman's property has not been damaged, neither has his means of ingress 
to and egress from his property been interferred with by reason of the recon- 
struction of the highway at this point. On the other hand, it appears that 
Wir. Lampman's property has been benefited by the highway improvement. In 
view of the circumstances, the Commission decided to retain ownership of the 
tract in question for continued use of the general public, The Attorney was 
instructed by the Commission to direct a letter to Mir. Lampman informing him 
of the action taken. However, such letter is to be submitted to Chairman 
Cabell before it is mailed. 


The question whether to permit certain parties to maintain small 
dwellings on the right of way of the Wolf Creek Highway in the vicinity of 
Sunset Camp had the attention of the Commission. It appears that the parties 
occupying the buildings are employed in a logging camp nearby and that they 
are maintaining their buildings on the highway as a temporary proposition 
until the logging operations are completed, which is estimated will be some- 
time in September. The Commission questioned the advisability of allowing 
the buildings to remain on the highway until such time because of the possi- 
bility that the logging operations will not be completed then, and for the 
further reason that at such time of the year it would be more difficult to 
cause their removal and, in any event, it is strictly contrary to the policy 
of the Commission to allow encroachments such as this on highway rights of 
way, The matter was discussed at considerable length and it was the final 
decision of the Commission that the buildings should be removed as soon as 
possible, although a reasonable length of time is to be allowed the owners 
to make new arrangements. 
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The Attorney reported a communication from the State Parks Super- 
intendent inquiring as to what legal authority the State Highway Commission 
possesses to evict from state parks people who are maintaining camps in such 
parks contrary to the established rules and regulations pertaining to park 
matters, and particularly referring to a lirs, Violet McNeal who has established 
a camp in the new state park at The Cove, Jefferson County. It appears that 
urs. MeNeal was notified that she could not maintain her camp in this park 
more than ten days, however, she has overstayed the allotted time and refuses 
to vacate the premises alleging that she is ill and that she is living at 
this place under doctor's orders. The Attorney advised that the Commission 
has legal authority to evict Irs. McNel if it so desires, After discussion, 
the Commission voted unanimously to allow Mrs. McNeal to continue her camp 
on the state's property if she will submit to examination by a doctor appoint- 
ed by the State Highway Department and provided the doctor considers it 
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Engineer with power to award the contract to the low bidder when 
certain conditions have been fulfilled, 


"Meadow Brook Section of the Starkey Secondary Highway, in 
Union County, 2.22 miles grading and topping. E. L. Gates, Pack- 
wood, Washington, submitted the low bid for this work in the amount 
of $31,460.50. Triangle Construction Co,, Boise, Idaho, was next- 
low, with a bid of $32,378.00. There were three higher bidders. 
The Commission rejects all bids for this work, and orders the proj- 
ect readvertised, 


"West Ranch-Island City Section of the Summerville-Island City 
Road, in Union County. 7.79 miles surfacing and oiling. Norris 
Bors., Burlington, Washington, submitted the low bid for this work, 
in the amount of $48,251.50, and J. C. Compton, McMinnville, sub- 
mitted the next-low and only other bid, in the amount of $50,986.00. 
The Commission awards this contract to Norris Bros. at their low bid 
of $48,251.50." 


The Commission reconsidered and approved a resolution adopted at 
its weeting on May 8, 1941, with respect to the granting of permits for the 
continuous operation of vehicles engaged in the transportation of logs, poles, 
or piling over state highways, involving an overall length in excess of 50 
feet. * 


In this connection the Commission discussed the advisability of 
reducing the amount of public liability and property damage insurance that 
is to be furnished by logging operators in connecticn with the transportation rF 
of overlength loads, Action thereon was deferred until the next meeting. The = 
Secretary was instructed to secure additional information for consideration 
at that time. 


The question whether or not to permit night hauling of logs on 
state highways was discussed by the Commission. The Engineer recomuended 

the granting of permits for log hauling during the hours of darkness, start- 
ing at 6:00 a, m. and ending at 8:00 p. m. on the same day, provided the 
hauling equipment and loads are properly lighted, in accordance with statu- 
tory requirements. The Commission approved the recommendation unanimously, 
it being understood that such action does not prohibit the truck hauling of 
legs on state highways before 6:00 a. m. or after 8:00 p. m. if daylight 
prevails at such times, it being the intention of the Commission to extend 
the period during which log hauling may be carried on rather than to restrict 
it. 


The Secretary presented a resolution from the Clackamas County Court 
requesting the selection and designation as a state secondary highway of the 
county road known as liarket Road No. 10 which extends southerly from the town 
of Canby to a junction with State Secondary Highway No. 161 west of Molalla, 

a total distance of approximately 8.1 miles. The Commission considered this 
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sliding schedule of the percentage of deductions to be made and also a sliding 
schedule of compensation to be made to low bidders under the circumstances 
discussed. 


The Commission adjourned at 12:20 p. m,. and reconvened at 2:00 p. m. 


in the same room with the same persons present and participating. 


Chairman Cabell announced the following awards of contracts for which 


bids were received at the morning session, such awards having been previously 
approved by the Commission by unanimous vote; 


"Oak Creek Bridge Widening Project on the Corvallis-Newport Highway, 
in Benton County. Widen bridge and construct approximately 0.17 mile 
roadbed, C, W. Reeve, Salem, submitted the low bid for this work, in 
the amount of 49,991.00. Babler Bros., Portland, submitted the next-low 
bid, in the amount of $10,364.00, There were two higher bidders. The 
Commission awards this contract to C. W. Reeve, at his low bid of 
$9,991.00. 


"Gearhart-Seaside Section of the Oregon Coast Highway, in Clatsop 
County. 2.15 miles of oiled rock footpath. Jed Wilson, Seaside, sub- 
mitted the low bid for this project, in the amount of 7,865.00. The 
second-low bid, in the amount of $8,768.00, was submitted by J. C. 
Compton, McMinnville. There were seven higher bidders, The Commis- 
sion awards this contract to Jed Wilson, at his low bid of $7,865.00. 


"Algoma-Terminal City Section of The Dalles-California Highway, 
in Klamath County. 1.48 miles grading, 4.39 miles roadbed topping, 
5,03 miles surfacing and 4,38 miles bituminous macadam. There were 
only two bids received for this work, that of Frank Penepacker and 
Clifford A, Dunn, Portland, being the low one, in the amount of 
$172,016.00, and the other being that of Colonial Construction Co., 
Spokane, Washington, in the amount of $172,524.00. The Commission 
refers both bids received for this work to the Engineer with power 
to award the contract to the low bidder when certain conditions have 
been fulfilled. 


“Spencer Creek Bridge on the ifiner Creek-Spencer Creek Section 
of the Oregon Coast Highway, in Lincoln County. Construction of 
182-ft. reinforced concrete viaduct. Harry I. Hamilton, Eugene, sub- 
mitted the low bid for this work in the amount of $22,830.00. C. J. 
Eldon, Portland, submitted the next low bid, in the amount of 
523,591.00. There were four higher bidders. The Commission awards 
this contract to Harry I, Hamilton, at his low bid of $22, 830,00. 


"Pulton Canyon-Locust Grove Section of the Fulton Canyon-Wasco 
County Road, in Sherman County. 4.25 miles grading and 6,29 miles 
surfacing and oiling. 0. C. Yocom, ‘/illamina, submitted the low bid 
for this work, in the amount of 950,394.00, Leonard & Slate, wult- 
nomah, submitted the only other bid, in the amount of $52,707.00, 
The Commission refers both bids received for this work to the 
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miles in length, The Commission considered such request to be in conformance 
with previous understanding with the county court and thereupon approved the 
same, The following resolution placing this road on the state secondary high- 
way system was: thereupon adopted by the Commission by unanimous vote: 


WHEREAS, under the provisions of Chapter 248, Laws of 
1931; Chapter 196, Laws of 1935; and Chapter 529, Laws of 1939; 
the State Highway Commission, by mutual agreement with the res- 
pective county courts of the several counties of the State, is 
authorized and empowered to select, locate, and designate a 
system of secondary state highways, which highways shall be se- 
lected from the market roads or other county roads, or available 
locations or routes of the several counties; and 


WHEREAS, the State Highway Commission, by mutual agree- 
ment with the Umatilla County Court of the State of Oregon, has 
selected the road or highway hereinafter named, and it is the pur- 
pose of the Commission to officially and regularly designate and 
adopt. said highway as a highway to constitute, together with 
other highways heretofore adopted and/or which may hereafter from 
time to time be added, the system of secondary state highways 
under the provisions of said acts; 


NOW, THEREFORE, PE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission, all members being present and affirma- 
tively voting and participating, as follows: 


1. That the following described market road, county 
road, highway, route, or location of a highway in Umatilla County 
be and the said market road, county road, highway, location, or 
route, hereby is selected, designated, established, adopted and 
approved as a secondary state highway and shall be and hereby is 
designated as a part of the secondary state highway system, to 
wits 
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A Section of the Airport Secondary Highway No, 336. 


Beginning at a point on the Old Oregon Trail Highway 
west of Pendleton at Highway Engineer's Station 1282+00; 
thence extending in a southeasterly direction 925 ft. to 
a point adjacent to the Union Pacific R. R. and being 
0.175 miles in length. 


2. That the said highway shall be and hereby is qualified 
for improvement under the provisions of said Chapter 248, Oregon Laws 
of 1931; Chapter 196, Oregon Laws of 1935; and Chapter 529, Oregon 
Laws of 1939; and amendments thereof. 
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request in accordance with previous understanding with the county and thereup- 
on a»proved the same, The following resolution adopting the said road as a 
state secondary highway was adopted by the Commission by unanimous vote: 


WHEREAS, under the provisions of Chapter 248, Laws of 1931; 
Chapter 196, Laws of 1935; and Chapter 529, Laws of 1939; the State 
Highway Commission, by mutual agreement with the respective county 
courts of the several counties of the State, is authorized and em- 
powered to select, locate, and designate a system of secondary state 
highways, which highways shall be selected from the market roads or 
other county roads, or available locations or routes of the several 
counties; and 


WHEREAS, the State Highway Commission, by mutual agreement 
with the Clackamas County Court of the State of Oregon, has selected 
the road or highway hereinafter named, and it is the purpose of tle 
Commission to officially and regularly designate and adopt said high- 
way as a highway to constitute, together with other highways hereto- 
fore adopted and/or which may hereafter from time to time be added, 
the system of secondary state highways under the provisions of said 
acts; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission, all members being present and affirmative- 
ly voting and participating, as follows: 


1. That the following described markét road, county road, 
highway route, or location of a highway in Clackamas County be and 
the said market road, county road, highway, location, or route, here- 
by is selected, designated, established, adopted and approved as a 
secondary state highway and shall be and hereby is designated as 4 
part of the secondary state highway system, to wit: 


Canby-Marquam Secondary State Highway No. 170: 


Beginning at Canby; thence southerly via Market Road 
No. 10 to a jurction with State Secondary Highway No. 161, 
west of jolalla, a distance of approximately 8.1 miles. 


2, That the said highway shall be and hereby is qualified 
for improvement under the provisions of said Chapter 248, Oregon Laws 
of 1931; Chapter 196, Oregon Laws of 1935; and Chapter 529, Oregon 
Laws of 1939; and amendments thereof. 


I 


A resolution was also presented from the County Court of Umatilla 


County requesting the designation as a state secondary highway of a short 
section of county road extending from the Old Oregon Trail to the Pendleton 
airport siding near the State Hospital at Pendleton, said road being 0.175 


Consideration was given by the Commission to the designation as a 
state secondary highway of the county road which extends from the town of 
Mehama, in Marion County, through Lyons in Linn County to Mill City. In this 
connection the Secretary presented resolutions from the Marion County Court 
and from the Linn County Court requesting such designations. The Commission 
indicated favorable consideration of this request, howeve>, deferred definite 
action on the matter until such time as it has been assured of a right of way 
60 feet wide and free of all encroachments. The Engineer advised that the 
right of way in Marion County complies with the Commission's requirements 4s 
to width and encroachment; however, this is not the case on the Linn County 
section of the road, although the county court has agreed to furnish the 
proper right of way and has executed an agreement to that effect. The agree- 
ment was thereupon submitted to the Commission and was signed by all members. 


The Commission discussed the matter of designating as a state sec- 
ondary highway that portion of the North Santiam county road extending from 
the town of Detroit southerly to a junction with the Santiam Highway, in Linn 
and Marion Counties. Resolutions from the Linn and Marion County Courts re- 
questing such designation were presented by the Secretary. The Commission in- 
dicated that it would approve such designations when it is assured of standard 
width right of way free and clear of all encumbrances. Final action on this 
matter was deferred pending receipt of such assurances. 


The Engineer reported a request from citizens of Woodburn, Mount 
Angel and Silverton for the rerouting of the Hillsboro-Silverton State Sec- 
ondary Highway easterly from its junction with the Pacific Highway East, in 
Woodburn. He explained that the present highway enters the Pacific Highway 
from the west along Young Street, but leaves it one block south of Young 
Street, causing a jog in the alignment, and extends thence northeasterly to 
Mount Angel and Silverton; further, that the change contemplated provides for 
a direct crossing of the Pacific Highway along an extension of Young Street 
to a connection with the present secondary highway, a distance of about 500 
feet. The Commission appeared favorably inclined to approve the change but 
deferred action on the matter pending a report from the Engineer as to whether 
the Young Street extension has been dedicated as a roadway for general public 
use and how much it will cost to improve the road to proper standards. 


The Engineer requested authority to purchase two portable boilers 
estimated to cost $2,000 each, for use in connection with the unloading of 
asphalt from railroad cars. He explained that it takes about eight days to 
secure delivery of a carload of asphalt this year and, as a consequence, the 
asphalt becomes quite hard and cannot be removed from .the railroad cars with- 
out heating. The Commission questioned whether it is the state's obligation 
to provide for the heating of the asphalt. The Engineer was instructed to 
contact the railroad officials and ascertain if it would not be possible to 
secure earlier deliveries of asphalt which might obviate the necessity for 
heating. He was authorized to purchase the two boilers, as requested, in the 
event that appears absolutely necessary after consultation with the railroad 
officials. 


The Commission discussed an opinion from the Attorney relative to 
its authority to contribute state funds toward the cost of constructing a 


10424 


or ee ee vv ©. 


10423 


The matter of designating as a state secondary highway the county 
road known as the Albany Airport Road, which extends from the Pacific Highway 
East, at a point north of Albany, to a connection with the Santiam Highway, 
east of Albany, 1.05 miles in length, was discussed by the Commission. In 
this connection the Secretary presented 4 resolution from the County Court of 
Linn County requesting the selection and designation of such road as a state 
secondary highway. The Commission approved the request and thereupon, by 
unanimous vote, adopted the following resolution designating such road a state 


secondary highway: 


TS FF LS aS 


WHEREAS, under the provisions of Chapter 248, Laws of 
1931; Chapter 196, Laws of 1935; and Chapter 529, Laws of 1939; 
the State Highway Commission, by mutual agreement with the respec- 
tive county courts of the several counties of the State, is auth- 
orized and empowered to select, locate, and designate a system of 
secondary state highways, which highways shall be selected from 
the market roads or other county roads, or available locations or 
routes of the several counties; and 


WHEREAS, the State Highway Commission, by mutual agreement 
with the Linn County Court of the State of Oregon, has selected the 
road or highway hereinafter named, and it is the purpose of the Com- 
mission to officially and regularly designate and adopt said highway 
as a highway to constitute, together with other highways heretofore 
adopted and/or which may hereafter from time to time be added, the 
system of secondary state highways under the provisions of said acts; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the State 
Highway Commission, all members being present and affirmatively voting 
and participating, as follows: 


1. That the following described market road, county road, 
highway, route, or location of a highway in Linn County be and the 
said market road, county road, highway, location, or route, hereby is 
selected, designated, established, adopted and approved as a second- 
ary state highway and shall be and hereby is designated as a part of 
the secondary state highway system, to wit: 


Albany Airport Secondary Highway No. 214 


Beginning at the junction of the Pacific Highvay (East) 
with the Albany Airport Road; thence southerly to the junc- 
tion of the Santiam Highway with the Albany Airport Road; a 
distance of approximately 1.05 miles. 


2, That the said highway shall be and hereby is qualified 
for improvement under the provisions of said Chapter 248, Oregon 
Laws of 1931; Chapter 196, Oregon Laws of 1935; and Chapter 529, 
Oregon Laws of 1939; and amendments thereof, 
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The Engineer reported briefly on the proposed establishment of free 
ferry service across the Columbia River at The Dalles and, in this connec- 
tion, read aloud a report from Assistant State Highway Engineer C. B. McCul- 
lough dated May 17, 1941, on this subject. He advised that he concurs in 
the report. (See letter for details.) He also advised that he has discussed 
this matter with engineers of the Washington Highway Department who state 
that they are not interested in providing free ferry service across the Colum- 
bia River at any point. He pointed out that the highway departments of the 
States of Washington and Oregon are now making investigations of possible 
bridge sites along the Columbia River between Astoria and Umatilla and gave 

as his thought that the ferry matter is so closely related thereto that it 
could not be decided until the report on the bridge matter has been consid- 
ered. The Commission concurred in the Engineer's viewpoint and deferred fur- 
ther consideration in the matter until it considers the report on the bridge 
situation. The Seeretary was instructed to so reply to inquiries received on 
this subject. 


The Commission discussed the adoption of a policy with respect to 
the maintenance of city streets not on state highway routes, over which 
streets the truck hauling of logs is being carried on. Final action on this 
matter was deferred pending additional information from the Engineer. How- 
ever, the Commission authorized the Engineer to maintain certain streets in 
the cities of Albany and Canby that are in this category. Such work is to be 
covered by appropriate agreements between the cities and the state. 


The Engineer requested authority to advertise for bids for a new if 
bridge over Millport Slough on the Oregon Coast Highiay about one-half mile By 
south of the Siletz River crossing. He explained that the existing bridge f 
is an old structure in a bad state of repair, particularly the underwater § 
portion which has been severely damaged by marine bores, in fact the bridge 
gave way a short time ago and traffic is now being taken care of by a ten- 
porary structure pending repairs. He estimated the cost of the new struc- 
ture at $20,000 and recommended the expenditure as an emergency proposition. i 
The Commission approved the request. i 


A letter was presented from Frank Z. Howard, County Engineer of 
Klamath County, transmitting a copy of a telegram from the Honorable Rufus 
C. Holman, State Senator, advising that the Senate Appropriations Committee 
has allowed an item of $150,000 of federal funds for the improvement of the 
Sprague River County Road with the understanding that such amount would be 
matched with state funds. Mr. Howard advised that a delegation from Klamath 
County wishes to confer with the State Highway Commission on this subject in 
view of Senator Holman's report. The Commission stated its willingness to 
confer with the delegation but deferred making a definite statement as to the 
project until full information concerning the federal approprjation has been 
obtained. 


The Commission discussed briefly and ordered filed a resolution 
from Oretown Grange, Cloverdale, requesting construction of the Little Nes- 
tucca Secondary Highway between Dolph and the Lawrence Yach Ranch. 
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dike and tidegate et North Slough, Coos County, as has previously been requested 
by local interests through their attorney, Ben C. Flaxel of North Bend. Accord- 
ing to this opinion the Highway Commission has authority to use state highway 
funds for such purpose if it so desires, notwithstanding that the dike and tide- 
gate are located at some distance from the highway. However, he pointed out 
that there are possibilities of conditions arising that would make it jnadvis~ 
able for the Commission to join with the Diking District in this proposed 
project. He referred particularly to the maintenance of the dike and advised 
that if the Diking District failed to provide such maintenance then the High- 
way Commission would be compelled to maintain the dike for the sake of the high- 
way and if for any reason the dike failed, damaging private property, the Con- 
mission might be placed in an embarrassing position and liability might be 
fastened on the Commission which could result in considerable expense. The 
Commission discussed this matter at considerable length, giving careful consid- 
eration to it from all standpoints, and concluded that the benefits accruing 

to the highway do not justify the expense involved. The request was thereupon 
denied. 


The Engineer trought up for discussion the improvement of the Main 
treet Section of the Oregon-ashington Highway in the town of Milton. He said 
that the portion of this street that is occupied by railroad tracks of the 
‘lalla Walla Valley Traction Company is in poor condition and should be repaired; 
further, that the Traction Company has stated its willingness to join in the in- 
provement by installing new ties, ballast, and construction of 4 guard rail 
throughout the length of ifain Street, at its orm cost and expense, if the State 
Highway Department will pay for the paving work which is estimated to cost 
about $5,000. He questioned the advisability of sueh expenditure because in 
his estimation the company no doubt is obligated to keep the pavement in sat- 
isfactory condition under the provisions of its franchise with the city; how- 
ever, he pointed out that the company is a small one and is apparently operat- 
ing without profit. Furthermore, the damage to the pavement is caused more by 
heavy truck hauling than by railroad treffic, trains operating very infrequent~ 
ly over this line. He also pointed out that the Highway Department is now main- 
taining all of the street except the railroad portion which extends 18 inches 
beyond the ends of the ties. The Commission appeared favorably inclined to 
assume the maintenance of the balance of the street in the event the Traction 
Company cannot be made to de so under the provisions of ite franchise. How- 
ever, decision in the matter was deferred pending a report from the Engineer 
as to the provisions of the franchise. 


The Engineer reported the cost to improve a short section of the 
state highway in the tow of Independence, as has been requested by the City 
Council, particularly the repaving of about 800 feet along Main Street and 
Monmouth Street which is on the highway route, and about 200 feet on Main 
Street beyond Monmouth Street which is not on the highway route. He esti- 
mated the cost of such improvement at $8,700 of which amount approximately 
#1,120 represents the cost of improving Main Street outside the limits of the 
highway. The Commission approved the expenditure unanimously subject to the 
condition thet the City of Independence will pay the costs of the improvement 
beyond the limits of the highway route. 
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considered that it could not very well disregard such promise by advancing 
the Union Avenue lighting system. The Engineer was thereupon instructed to 
work up the final plans for completion of the lighting system on Interstate 
and Denver Avenues, the route of the Pacific Highway West, it being understood 
that the Union Avenue lighting project will be given priority over others in 
the consideration of next year's lighting program. 


The Attorney requested instructions relative to the controversy with 
the California-Oregon Power Company arising out of a break in the Power Com- 
pany's dam at the outlet of Upper Klamath Lake, in Klamath County, resulting 
in serious damage to adjacent private property and to The Dalles-California 
Highway near Algoma. He advised that, in accordance with the Commission's 
instructions, he presented the state's claim for reimbursement for the high- 
way damage but to date has received no remittance from the company so it now 
appears necessary to pursue action in court to recover the amount of the 
state's loss. He pointed out that certain farmers in this vicinity who were 
damaged by the flood waters have joined in an action against the company, 
which action is now pending in court, and inquired whether or not he should 
start suit against the company now or wait for the outcome of this case. He 
vas instructed by the Commission to await the outcome of the farmers' suit 
provided that by so doing the state's case will not be affected by the statute 
of limitations. He was also instructed to confer with the attorney in the 
pending actions and report progress to the Commission. 


A letter was presented from the Portland General Electric Company 
requesting a reduction in the amount of the rental paid by the company for 
the privilege of maintaining its power facilities on the Interstate Bridge, 
from $75.00 per month to $50.00 per month. The Engineer advised that vhen 
the rental agreement, was entered into with the company in 1927 the company 
considered that the use of the bridge was worth $75.00 per month and in his 
estimation, if such was the case then, it certainly should be worth that much 
to the company at the present time because the company undoubtedly is carry- 
ing a much heavier load over its lines than it did fourteen years ago. He 
recommended that the request be denied. The Commission approved the recom~ me 
mendation. 


The Commission considered a request from James C. Iler, Forest 
Supervisor, Malheur National Forest, John Day, for a list of equipment such 
as truck and trailer units, tractors, bulldozers, et cetera, that can be made 
available for the use of the Forest Service during the fire season for the 
suppression of forest fires. The Engineer advised that he did not believe 
there would be any equipment available for fighting forest fires inasmuch 

as all of it is needed to carry on routine maintenance work. However, the 
Highway Depertment has always cooperated in emergencies such as the fire et 
Bandon and other catastrophies of that nature and could do so again if an 
emergency arose. After discussion, the Commission decided to send Mr, Iler 
a list of the equipment that might be available in such an emergency. The 
matter was referred to the Engineer to handle. 


The Commission discussed a letter from the South Umpqua Telephone 
Company with regard to moving some telephone poles on the Tiller-Treil Second- 
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The Engineer reported the need of repairs to a small bridge on the 
Jewell-Elsie County Road, Clatsop County, which roed is being used as a teme 
porary state highway detour and is being maintained by the state. He esti-~ 
mated the cost of the repairs at $2,500 and advised that the 1941 maintenance 
budget provides for this work, However, what is really needed, he said, is 
the realignment of the highway which would cost about $10,000, He inquired 
whether to provide for the major improvement or simply to take care of the 
vridge work. The Commission decided that inasmuch as the tridge is on a county 
road it would not be justified in spending etate funds for the major improve- 
ment and, accordingly, limited the expenditure to the previously authorized 
amount of °2,500. 


The Engineer also reported the necessity to repair the Stillwell 
Bridge over the Trask River on the Netarts Secondary Highway, in Tillamook 
County. We advised that this bridge is now posted for a 10-ton load limit, in- 
vestigations showing that the approach spans to the bridge are very badly de- 
cayed. He estimated the cost of repairs at $3,250 and an entirely new struc- 
ture at *46,000 and advised that it will still be necessary to maintain the re- 
duced load limit if the work is limited to repairs only, The Commission de- 
cided not to tuild a new structure at this time but to limit its expenditures 
to repair work only and so ordered. The expenditure of $3,250 for this work 
‘as thereupon approved. : 


A letter was presented from Ceeil li. Sly, President, "leston Chamber 
of Commerce, requesting the ccnstruction of a standard oll surface on the Weston- 
clgin Seeondary State Highvay between Camp McDougall and the E, E. Tucker farn. 
The Commission denied the request for immediate construction on account of lack 
of funds to finance the same. The Engineer was instructed to bear this proj- 
ect in mind for consideration in the formation of the next construction pro- 
gram and to maintain the section in the best manner possible until the Commis- 
sion can see its way clear to construct a standard improvement. 


A letter was presented from Mr. 0, V. Badley, Chairman, Board of 
County Commissioners of Multnomah County, inquiring as to “hen the Commission 
contemplates calling for bids for the surfacing of Skyline Boulevard northerly 
from the end of the project now under construction by contractor Homer G. John- 
son. The Engineer advised that the tentative federal aid secondary highway 
budget now contains an item of “35,000 for the continuation of such work and 
that it is contempleted that bids will be called for the work some time this 
fall in the event the Commission approves the project. He recommended such ap- 
proval at this time so that plans could go forward for the work. The Commis-~ 
sion approved the recommendation and so ordered. 


Petitions were presented from numerous property ovmers of Portland 
requesting the installation of a highway lighting system on Union Avenue {route 
of the Pacific Highway Fast) in Portland, similar to the lighting system on 
Interstate Avenue. It was pointed out in the discussion of this matter that 
when the lighting system on Interstate Avenue was installed the Commission 
made a promise to the Public Roads Administration that it would extend such 
lighting system to the Interstate Bridge at some future date. The Commission 


on the model of the machine. He suggested the granting of 30-day permits sub- 
ject to the customary conditions which would eliminate delays in securing in- 
dividuel permits and would help the farmers out greatly in the proper care and 
harvesting of their crops. He pointed out that the law now authorizes farmers 
to move farm equipment over public roads between fields owned by them, with- 
out permit, but it is not considered that such privilege applies where the 
movements are made for commercial purposes, such as those under discussion, 
although the necessity for the movements are the same in each case, After 
discussion, the Commission authorized the granting of 30-day permits cover- 
ing movements of this kind. The Attorney was instructed to prepare an ap- 
propriate form for use in connection therewith. 


A letter was presented from Donald M. Graham, Prineville, attorney 
for the Ochoco Lumber Company, requesting, on behalf of the company, permis- 
sion to transport logs on the Ochoco Highway from a point approximately 
twenty miles east of Prineville to Prineville, on Saturday afternoons commenc- 
ing June 14, and ending July 5, so as to insure a sufficient supply of logs 
to provide continuous operation of the sawmill at Prineville, there being an 
under supply at the present time on account of heavy rains that have occurred 
in this vicinity, handicapping the hauling of logs from the woods. The Engi~ 
neer pecommended approval of the request, except on Saturday, July 5, which 
is a holiday weekend. The Commission approved the recommendation. 


In this connection the Secretary reported a telephone conversation 
with Mr. Graham in which request was made for permission to truck haul logs 
over this same section of highway on Sunday, June 15, as an accommodation to 
the United States Forest Service which has a supply of logs available for 
market but is unable to secure log-hauling equipment to move them on week 
days. The Commission denied the request. 


The Engineer reported an offer from a Mr. I. A. Johnson, Fossil, 
Oregon, to purchase for the sum of $54.00, three old steel vats formerly used 
as dipping vats for treating bridge timbers but now stored on the highway 
department premises at Spray, Oregon. He said that the vats are of no value 
for state highway use and have not been used for many years. He recommended 
acceptance of Mr. Johnson's offer. The Commission approved the recommenda- 
tion. 


fhe Commission discussed briefly and ordered filed a letter from 
E. J. Griffith, State Administrator, Work Projects Administration, transmit- 
ting a copy of correspondence between the Tillamook Chamber of Commerce and 
his office relative to the construction of the 12-mile connecting link be- 
tween the Wilson River Highway and the Wolf Creek Highway, in Washington 
County. 


The Commission deferred for future consideration a resolution from 
the Bugene City Council requesting the designation as a state secondary high- 
way of llth Avenue, Eugene, from its junction with Frankland Avenue to the 
west city limits. 
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ary Highway to accommodate a highway improvement. They gave 4s their under- 
standing that thirty-nine telephone poles are required to be moved at the 
present time; however, pointed out that if the highway work is extended there 
will be cbout eighty-three more poles to move, some of which are located on 
the highwey and others on adjacent private property. They suggested that it 
would be advisable to move all of the poles at this time and that the state 
pay the company 35.00 per pole for moving the sixty poles that are not on the 
present highway. Division Engineer K, Ds Lytle, who was present, advised 

thet the thirty-nine poles mentioned by the company are on the present highway 
and that he has asked the company to move them inasmuch as that is the com- 
pany's obligation under its franchise. Further, such poles are the only ones 
now in the way of the highway construction and there is no urgent need for mov- 
ing the others. It appeared to him that the reagon the company wants to move 
the other poles now is simply to secure financial assistance from the state 

to help defray the cost. The Commission deferred a decision in the matter pend~ 
ing further investigation and report by the Engineer as to whether any advan- 
tage or benefit would result by securing the removal of the one hundred and 
twenty-two poles at this time. 


The Commission discussed its claim against Mr. Charles Rohkonen, 
Astoria, in the amount of $68,51, being the value of an asphalt kettle which 
vas damaged when Mr. Rohkohnen drove his car into it on March 1, 1941. The 
Attorney advised that he billed Mr. Kohkonen for this expense and in reply 
thereto received a letter from Mr. Rohkonen's attorney, Mr. A. “. Norbiad, 
Astoria, stating that Mr. Rohkonen is financially embarrassed, heving recently 
been put to unusual expense due to serious illness to the members of his family, 
ané he is unable to pay the claim. Furthermore, on account of this illness 
which is of long standing, he has been unable to afford insurance for his aue 
tomobile, and for such reasons asks to be relieved of payment of the clain. 
The Attcrney advised that under the circumstances the Commission has recourse 
only against Mr. Rohkonen personally, inasmuch as he does not carry insurance, 
and there is a question whether the Commission could recover if the matter 
“ere taken to court. The Engineer advised that, as a result of the accident, 
the asphalt heater is a total loss and to replace the same would cost about 
£500.00. “68.51 he added does not represent the cost of repairs but is simply 
the value of the heater as carried on the highway department's books at the 
present time and, while it was valued at only $68.51, it was performing at 
the time of the accident ork that is required of heaters costing “500.00. 
The Commission deferred a decision in this matter pending a report from the 
Attorney os to whether Ir. Rohkonen ig judgment proof. 


The cuestion of pranting contimious permits for the operation of 
combines, pea dusters, and similar farm equipment, having dimensions in excess 
of those permitted by statute, was discussed by the Commission. The Secretary 
advised that the present procedure is to issue permits for ench individual 
movement of such equipment; however, the procedure does not seem to be working 
out very satisfactorily because of the many moves that have to be made and the 
haste that is required in noving from one field to another, involving the use 
of state highweys. The width of the equipment, he said, rarely exceeds ten 
feet although the overall width of combines is as much as twelve feet, depending 
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State Highway Commission, both of which communications protest any increase by 
Congress in the existing tax on gasoline. The Commission ordered them filed. 


A letter was presented from the Honorable Earl Snell, Secretary of 
State, advising that he has received numerous complaints during recent months 
concerning the inconvenience that applicants for motor vehicle licenses ere 
subjected to in locelities where private scales are not availeble to weigh 
their equipment, and advising that under the provision: of the Oregon Motor 
Vehicle Act applicants ror such licenses must furnish the Secretary of State, 
for the purpose of ensbling him to compute the fee to %e paid, a certificate 
of weight of such vehicle, He gave as his understanding that the Highway 
Commission has installed scales at many places throughout the State and sug- 
gested that, as a convenience for truck owners, the Commission allow the use 
of such scales to ascertain the weight of their equipment, which would neces- 
sitate modification of the Highway Commission's policy pertaining to she use 
of the scales. The Engineer advised that he anticipates that the weighing 
crews which were recently authorized by the Commission will start operating 

in the near future and he pointed out the possibilities of effecting some sort 
of an arrangement for the weighing of privately-owmed trucks by these crews. 
In view thereof, he suggested that the Commission defer a definite decision 
on Mr. Snell's request until the weighmasters have had «n opportunity to 
function. The Commission approved the suggestion. 


The Commission discussed briefly and ordered filed a letter from the 4 
Vy'East Climbers, of Portland, in which the Commission wes requested to under- ae 
take the immediate improvement of the North Santiam Highway between IMill City 
end Detroit, in Marion County. 


The Commission discussed the adoption of a roadside improvement pro- ‘4 
grem for the fiscal year 1942 Federal funds, totalling $29,000, The Engineer 
submitted a list of eligible projects from which the Commission, by unanimous 
vote, selected the following for such program: 
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Project Estimated Cost 
Tigard Section ¢ 2,000 


St. Helens-Multnomah County Line 4,000 


vi No 
Rice Hill-Turkey 

Hill-Chenowith Park Sections 6,000 
North Marshfield-Narshfield-Bunker 


Hill Sections 


Division No. 4. 
Warm Springs Cutoff from River to Madras 
Redmond 


v 
South Entrance to Milton, 

Pendleton-Walla Welle Highwey 2,000 
John Day to Austin 
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The Attorney reported receipt of a communication from F. M. Francis- 
covich, attorney for the City of Gearhart, requesting the erection of signs 
on the beach at Gearhart prohibiting vehicular traffic and horseback riding 
on the beach because they feel that the use of the beach for such purposes 
creates an undue hazard to bathers. He advised that the Commission has au- 
thority to prohibit the use of the beach for such purpose if it so desires. 
After discussion, the Commisgion approved the request subject to the condi- 
tion that the city authorities really desire to prohibit the use of the beach 
area for such purposes. The Engineer was instructed to prepare the wording 
for appropriete signs and to discuss such wording and prospective sign loca- 
tions with Mr. Franciscovich. 


The Secretary presented a letter from Babler Bros., contractors, re- 
questing relief from the provisions contained in highway contracts which reads 
as follows: "The contractor shall accept the terms of the Workmen's Compense~ 
tion Act of the State of Oregon and shall carry on his work under the provi- 
sions of the Lav." They asserted that their employees are able to receive 
exactly the same benefits under private insurance as they now receive under 
the state insurance, without the necessity of deducting one cent per day from 
their wages; furthermore, there are certain advantages to a contractor in 
carrying private insurance. In the discussion of this matter it was brought 
out that the same concession has been requested by other contractors and there 
are possibilities that contractors will combine in asking the Commission to 
change its specifications in this regard. The Commission deferred action in 
the matter until a future meeting. 


The Commission considered and ordered filed a petition signed by 
numerous property ommers and residents of Riverside and vicinity, forwarded by 
the Riverside and Dunthorpe Improvement Association of Portland, requesting the 
beautification of the district traversed by the Oswego Highway on the west side 
of the Willamette River, particularly between the Sellwood Bridge, Portland, 
and Oswego; also, requesting the removal of the Southern Pacific Company's 
tracks from this district. 


A letter from Charles H. Reynolds, President of the Oregon Trail As- 
sociation, relative to the allocation of funds for the construction of the 
new road to the Pendleton Airport, had the attention of the Commission. Hr. 
Reynolds expressed his approval of the state cooperating with the federal gov- 
ernment in projects of this nature but gave as his thought that such alloca- 
tions should not be charged against any particular district but should be paid 
from some federal source, The Commission decided that such matter should be 
given due consideration in the allocation of future funds. 


A letter from Mr. Reynolds, transmitting maps showing projects on 
the Old Oregon Trail and Columbia River Highway recommended by the Oregon 
Trail Association for construction, also had the attention of the Commission. 
The Commission ordered the communication filed for consideration in the form- 
lation of future construction programs. 


The Secretary presented a resolution from the State Highway Commis- 
sion of South Dakota, and a letter from Mr. Brady Gentry, Chairman of the Texas 
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WHERE/S, The Engineer has reported that the follo ing State 
Highwey Commission contracts for the construction of state highvay 
projects have been completed according to the terms and provisions 
of the contracts and snid jobs are now re.dy fer acceptance: 


Contract No. 2356, 1.ith Babler Bros., for grading, surfecing 
and oiling on the Eightmile-Dry Creek Section of the Wasco 
Heppner Secondery Highway in Morrow County. Completed 

May 20, 1941 


Contract No, 2364, with R. I. Stuart & Sons, for furnishing 
15,100 cubic yards of crushed gravel in stock piles on the 
Gold Hill Section of the Pacific Highwey and Sems Valley 
— Highvey in Jackson County. Completed March 18, 


Contract No. 2375, with Roy L. Houck, for grading, surfac-— 
ing anc bituminous macadem on the Blalock-Lang Canyon Sec- 
tion of the Columbia River Highvuy, in Gilliam County. 

Completed May 27, 1941 


Contrect No. 2421, with A. Milne, for construction of two 
reinforced concrete siphons on the Boardman-Stanfield Sec- 28 
tion of the Old Oregon Trail, in Morrow: County. Completed if 

April 11, 1941 


Contract No. 2426, with E. L. Gates, for grading and bridge 
construction on the Lake Creek-Henley Ranch Section of the 
Little Butte Secondary Highway, in Jackson County. Com- 

pleted May 31, 1941 


Contrect No. 2427, with Babler Bros., for grading, surf: cing 
and oiling on the Bend-Forest Bouncary Section of the Century 
Drive Secondary Highway, in Deschutes County. Completed 
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THEREFORE, BE IT RESOLVED thet the work covered by said state 
highway contracts for the construction of said stete high-ey projects 
be declered completed according to the terms of the respective con- 
tracts, and said jobs are hereby accepted ard final »eyment in con- 
nection vith each is hereby authorized. 


The Commission set Thursday and Friday, July 17 and 18, 1941, as the 
date for its next regulir meeting for receiving bids for high ey construction 
nork. The Secretary wes instructed to mke the usual 2 gements to hold 

this meeting in the auditorium of the Public Service Building, Portlend, 


The Commission considered and signed agreements, et cetera, cas fol- 


lows: 
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The Engineer reported on the cost to improve a 3,2-mile section of 
the Siletz Secondary Highvay neer Kernville so as to facilitate logging opera~- 
tions that are underway in that vicinity. He advised that the 5-mile section 
of this road, beginning at its junction with the Oregon Coast Highway, is now 
oiled and request hes been mede for the improvement of an additional 3.2-mile 
section. He recommended the improvement to minimum highway standards for con- 
tracting some time this fall. ‘The Commission approved the recommendation, The 
Engineer was thereupon authorized to make surveys as may be necessary 1nd to 
prepare plans for the improvement. 


The Commission considered the following requests for extensions of 
time within which to complete highway construction projects: 


Dimitre Electric Company, contract No. 2418, for electrical 
work on the interstate Bridge between Portland and Vancouver, Wash- 
ington, requested an extension of time, from May 15 to June 30, 1941 
within which to complete this project. They alleged that their feil- 
ure to complete the project within the specified time limit was due 
to delays in receiving certain electrical equipment from the State, 
The Engineer advised that the contract provided for the State to fur- 
nish certain electrical equipment and, on account of national defense 
priorities, delivery of this equipment was delayed, resulting in the 
overrunning of the time limit specified in the contract. He recom- 
mended, in view of the fact thet the contractor was not responsible 
for the delay that the extension requested be granted, without peneal- 
ty. The Commission epproved the recommendation, 


R. I. Stuart & Sons, contract No. 2364, for furnishing crushed 
gravel, in stock piles, for the Pacific Highway and the Sams Valley 
Secondary Highway near Gold Hill, in Jackson County, requested an ad- 
ditionel extension of time of 16 days, from March 2 to March 18, 1941, 
within which to complete this job, They alleged that their failure 
to complete the project within the specified time limit was due to 
shortage of rock and a large amount of dirt and sand overburden in 
the gravel pit. The Engineer advised that this contract was awarded 
on August 28, 1940, and provided for the completion of the work by 
January 31, 1941. Further, that he knows of no good reeson why the 
job should not have been completed within the specified time. He 
recommended that the extension of time requested be granted but that 
the contr:.ctor be charged for the extra engineering expense incurred 
by the Strte subsequent to the specified date of completion, The Com- 
mission epproved the recommendation. 


TLL RIGS OER EPR DN IE 


The Engineer reported that contracts Nos, 2356, 2364, 2375, 2421, 
2426, and 2427, for the construction of state highway projects, have been com 
pleted according to the requirements of the contracts or modifications thereof, 
and that seid jobs are now ready for acceptance. The following resolution ad- 
cepting the above projects was offered end was adopted by the unanimous vote 
of the Commission; 
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(Agreements, etc. cont.) 
Agreement with Union County providing for the maintenance of the 
Island City-liest Ranch Section of the Island City~Summerville County 
Road after improvement of the same by the State as a Federal Aid Sec- 
ondary Highway Project, being Project FAS 75-A (1) 


Agreement with Yidway Lumber Company providing for the construc- 
tion and maintenance of a logging road across state property adjacent 
to the Salmon River Highway, in Tillamook County 


Agreement with the City of Seaside providing for the installe- 
tion of a new weter pipe line at the Volmer Creek revision of the 
Oregon Const Highway, in Clatsop County 


Agreement with Tillamook County providing for the payment of 
the County's share of the cost of reconstructing the approaches 
to the Trask River Bridge on the Fairview-Clemens Corner County 
Road, By this agreement the County assigns to the Stite {7,000 
of its share of the 1942 gasoline tex funds 


Agreement with Bonneville Power Administration providing for 
the construction of a power line across the Lower Columbia River 
Highway near the St. Johns Bridge, Portland 


Agreement with the Bonneville Power Administration provid- 
ing for construction of a power pole line across the right of way 
of State Secondary Highway No, 336 (Pendleton Airport Highway) 
in Umatilla County 


Transmission Line Easement conveying unto the United States 
of America the right to construct a power transmission line over 
end across a small triangular tract of state-owned lend situate in 
Lot 1, Section 21, Township 2 North, Range 7 East, E. M., Multnomah 
County 


Guy end Anchor Easement granting unto the United States of Amer- 
ice the right to maintain a guy and anchor on state-owned property 
adjecent to the Upper Columbia River Highway in Lot 4 of Section 3, 
Township 2 North, Range 9 East, ". M., Hood River County 


Bargain and Sale Deed conveying unto Sven Lonberg and wife 
and Henry S. Lonberg and wife 2,608 square feet of land situate in 
Lot 4, Block 11, McClures Addition to Astoria. Right of Way Trans- 
action No. 5862 


Bargain and Sale Deed conveying unto F. !. Southwick and wife 
2,006 square feet of land situate in Government Lot 7 of Section 
20, Township 36 South, Range 5 West, |. M., Josephine County. Right 
of Wey Transaction No, 7213 


Project agreement with the Public Roads Administration covering 
the Front Avenue project in Portland, particularly the section between 
Washington Street and Clay Street 


Joint letter with |, H. Lynch, District Engineer, Public Roads 
Administrcetion, and Lyle F. Watts, Regional Forester, directed to 
the Chief of the Forest Service and the Commissioner of Public Roads, 
Washington, D. Ce, recommending certain revisions in the 1941 Oregon 
Forest Highway Program, and particularly Oregon Coast, Highway Project 
SM 10-Dl, E, and Pendleton-John Day Highway Project 34-A3, B3. 


Agreement with Tillamook County providing for repairs to the 
bridge over the Nehalem River on the county road between Mohler and 
Foss 


Agreement with Cape Arago Park Commission, Coos County, L. J. 
Simpson, and Lele G. Simpson, with respect to the removal of timber 
from Cepe Arago State Park 


Agreement with Tillamook County providing for the maintenance 
of the Fairview School Corner~Eberhardt Corner Section of the Fair- 
view-Clemens Corner County Road, after construction of the same as a 
Federal Aid Secondary Highwmy Project, being Project. FAS 35-B (1) 


Agreement with Tillamook County providing for the maintenance 
of the Peltz Corner-Eberhardt Corner Section of the Long Prairie 
County Road after improvement of the same by the State as a Federrl 
hid Secondary Highway Project, being Project FaS 84-A (1) 


Agreement yith L. E. Bierce providing for the construction and 
maintenance of « logging road across state-owmed property adjacent 
to the Salmon River Highway 


Agreement with Linn County Court whereby the County agrees to 
acquire 60-ft. width right of way for the county road between Mehama 
and Mill City before this road is designated a state secondary high- 
wey by the State Highway Commission 


Letter directed to the Bureau of Reclamation, Bend, Oregon, 
authorizing construction of a power trensmission pole line across the 
new state vark at The Cove, in Jefferson County 


Agreement with Tl. . Harris providing for the construction and 
maintenance of « logging road across state property adjacent to the 
Salmon River Highway, in Tillamook County 


Agreement with the Board of Park Commissioners of the City of 
Pendleton relative to the maintenance of the triangular area that 
is to be landscaped at the intersection of the Old Oregon Trail end 
the Oregon-l‘ashington Highvey just east of Pendleton 


or not it has the approval of the cener: 1 the Hich- 


vex Commission is reluctayt to undert:ke rave cen- 
eral sublic 2» roval and in this prticvl:r inst-nce the Cor: ion tecls thet 
there shoulc be strong public sentirent in f-vor of the oroject | it def- 


t cost- 


jnitely commits «an eynenditur. of nublic funds to “inunce it, it bein 
ly undertaking. 


The Engineer advised th..t economically the vroject “evl! realize 
about 300 der cent on the investment involved. In other ‘rordc, the rojoct 
vould pay for itsclf in ten years with three per ecnt money. ic ddec thet 
construction of the Portland-Brical Veil Seetio } ; nore “und than 
the Conmission has available. fe sug este: nt ise ole. ta ice 
cure a snecial aprropriation of federal funds, re 1. now ve~ 
fore Congress which provides for funds for inmprovenent of the hishvays on the 
strategic military high.ay ssten, -nd su: ested the comnittes contact the 
Ore-on delegation in Congress to secur. such feder.)] allotment. H st inated 
the cost to construct the hihay to Rridsi Veil at ‘2,500,000, includiny ‘ork 
already completed or undcr contract, and - 4,500,000 to extend the in rovement 
as far as Cascade Locks. 


rrin; 


Mr. Colwell st: ted that the connittec is in eccord that this hiyh- 
vay should be built. He suggested, if the project could not finunced othere- 
wise, that it might be possible to pay for it on the toll basis. fle concurred 

n tir. Polhemus's sug cstion tht the Portland-Ronneville Section be con. leted 
first and that such improvement be undertaken within the next to or three 
years. 


% 


Mr. Callvert sugested the sale of bones for this ii rovenent and 
clso to pay for reconstructing the Pacific Highway bet’ een Suen and Gri nts 
Pass. In this comiection Choirman Cabell advi.ed th.t the concensus of 


FuLsve 
af 


opinion of the members of the Lecislature is against the sele of aditionel 
honds to {jnance hichvey improvements. The Commission also fe .ls thst bonds 
should not be sold simply to speed up the hivhway progran. 


Commissioner Clough pointed out the fact that the cost of nimnay 
improvements is steadily increasing. He sugzest.d if such costs continue to 
increase it might be advisable to eurteil expenditures and concentrate on 2cy~ 
ing off outetanding highway bonds until conditions improve whe: the matter of 
sale of additional bonds could then be given consideration. 

This matter as discussed at considerable lenrth from vorious 
standpoints, includins need for the improvement und -method of fincnein:;. the 
same. iir. Polhemus advis-d thit the Port of Portland omms certain dredging 
equipment and suggested that it nicht be possible to wake this equi ment 
available to hi-hway contrectors in connection ‘ith this improvement. He cs- 
timated that it trould cast about $35,000 per month to dredre 1,000,000 yards 
of material. ‘The Engineer vas instructed to look into the nogsibilitiecs of 


sceuring this equipment. 


Mr, Colvell suggested ac © means of financing the project the formar 
lation of a hich; district, including ell of the counties cffected by the 
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Lava 


ave 


ee celia ediciones Rie 


There bein;; no further business to come before the Commission at 
this time the meeting was adjourned at 5330 Pe mM 


State Highway Engineer 


Sec Commissioner 


Portland, Oregon, July 16, 1941 


The State Hirsh wy Commission met in recular session at 8:00 p. m. in 
Room 425 of the Imperial Hotel. Present ‘ere: ‘ 


Henry F. Cabell, Cheirman 

Huron "7. Clough, Cowxissioner 

R. H. Baldock, State Highwey Enrineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


Commissioner Oliver "ms excused from attending this meeting. 


The Commission conZerred with a committee representing the Portland 
Chamber of Commerce and the Oregon Trail Association relctive to construction 
of the nev Columbia Gorge Highvny betveen Portland and The Dalles. Ur. Churles 
Reynolds, President of the Orefon frcil Association, heeded this group which 
included the follovring: Rus sell Colvell, Vice-president, First Metional Bank, 
Portlend; Ray Convcy, “lanayer of the Orefon State Motor Association; F. B. 
Drinter, ienacer, Lloyd's Corvoretion, Inc.3; “altcr Holman of flolman & Lutz, 
Inc.; Ronald Callwert of the Oregonian; Sam Jackson, Associate Publisher, Oregon 
Journel; A. L. ‘tills, Jr., Vice-president, United Statec Nationel Bank of Port- 
land; Jamerc H. Polhemus, Precident, Portlend General Electric Company; and Frank 
0, Verren, Portlend Gencral “lectric Company. fir. Polhemus was chairman of the 
Portland committee. He recited the history of this project end urged the Com- 
mission to build the new highvay up the Columbie Gorge at the earliest possible 
time end offered the services of his committee in every ‘ay possible to expe-~ 
dite the improvement. He pcrticularly urged the construction of the Portland- 


Bonneville Section cs the first project. 


Chairman Cabell =dvised that in the opinion of the High, Commission 
this ig o very meritorious project; hovever, there in a question cs to whether 
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‘yas ovesent and requcstec instruction: relitive to the edrinictrietion of 2 
bill passed by the 1941 Lerislature authorizing an ap rovristion of 15,000 
0: stete funds for exnenditure in connection ith the Oregor Treil Centennial 
Celebration which is to be conducted in 1943. He explained th. t the Dill vroe ; 
vides for a connittee of five members to » vise on the natter and also -ro- : 
vides that the State Hitt” Commigsion shall administer the cunds; further, 
thet Governor Sprague hes ap ointed on thic committee !les rs. Phil Parrish, 
portland Roy Raley, Pendleton; Leo Adler, Baker; Kenneth L. Hicks, The Dalles; 
and Rey Meyers, Oregon City; Iir. Parish hein: desipneted es Chcirman. te 
Parrish, he said, wishes to attend at stite expense the meeting of the Pioneer 
Treil Association ‘hich is t> be held in Nenver, Colorsdo, on August 15 onc 
16, 1941, it beine his thoucht that "uch “oo conlt be ceconm lished et such 
meetinz in wrousing 2-nthusiasm for the Centennial; furthcr: ore, he nas ree 
cuested authority for ‘ir. Valter leacham to mike a -day trip ot stite ex~ 
pense amon; the various cities and to™ms alon; the route of the Old Or gon 
frail in the interests of the Cent>nnial, “hich vould man the furnisiin,;; of 
a state car and the paying of lip. Meuchcm's oxpenses. He inouired «.s t: the 
rishes of the Commission in this reg.rd. The matter vcs discussed at cone 
length tut a definite decision var deferred in order to ;ive the members of 
the Commission an opvortamity to study the legal festures involved. {The 
Commission reconsidered this matter on the follovin: day at “hich time the 
Commission cpvroved ir. Parrish's trip to Denver at st:.te oxpense tut cee 
ferred action on his request for “ir. lieachom's trip until the sntire mtter 
has been discussed vith Governor Spregue. It vac decided thot Chairman Cabell 
would discuss th: netter “ith the Governor in behelf of the Commission. It 
“as also decided thet the Centenniel Commission should be invited to neet with 
the mombers of the !ligha,s Commission at its next remular meeting for dis- 
cussion in an endeavor to arrive at a clear understancing vith respect to the 
res onsibilities of each party with respect to th administering of the lav, 
inecmach as the Commission conciders that the lat places the responsibility 
in tne hends of the State High av Commicsion.) 


LG. ORAL F 


fhe Commission adjourned at 10:45 p- m. to reconvene on the Tole 
loving mornin; in the auditorium of the Public Service Puildinje 


Portland, Oregon, July 17, 1941 


The State Hivhvay Commissicn reconvened in re~lar session ct 9:00 
a. Me in the anditorium of the Public Service Buildin=. Present vere: 


Henry F. Cabell, Chairman 
Huron '. Clough, Commissioner 

P, H, Baldock, State Hishvey Engineer 
J. ti. Devers, Attorney 

H. Be Glaisyer, Secretary 


Commissioner Oliver as excused from uttendin: the meetinc. 


Bids as follovs for high2y eonctruction projccts vere opened and 
reac in conformance with previously mblished notice, followin: “hich Chairman 
Cabell] onnouneed thet the avard o. contricts would be made at 3:00 p. m. in 


the same room: 


hichiay, and the sale of district bonds with the understanding thet the state 
“oul’ reimburse the districts in yeerly installments. Chcirman Cabell remarked 
that the suggestion sounds zood but the Commission would want to study it thor- 
oughly before acting on it. 


iir, Convay advised that the State Motor Association has always stood 
for no tolls, no bonds, and io increased debt for highvay ourposes and he did 
not beliewe that the Association ‘ould wish to deviate from such policy now. 
He &poroved the use of the Port of PortJand dredging equipment if it can be ob- 
tained, He pointed out that in all probability the government tax on autono- 
biles next year ‘ill be increased considerably and in vier’ thercof it is the 
intention of the “lotor Asrociation to do vheat it can to lover the sti te tex on 
sutomohiles. 


Chairman Cabell adviced that there is nov a bill before Congress 
which »rovides special funds for highuy improvements and if this bill becomes 
a ls. Oregon \i11 receive aprroximately $1,600,000 «hich vill probebly have to 
be metched by 2400,000 of state funds. He pointed out that there are many can- 
didates throughout the st:te for this money, and the prospects of sendin), more 
than £350,000 per year on the Columbic Gorge inprovement is not very food be- 
cause of the many oblizations “hich the Hi ‘hvay Commission no‘ has. 


Messrs. Mills an’ Holman also spoke briefly in behalf of the in rove- 
ment. In conelusion ltr. Peynolds inquired if the Commissicn could tive them 
any hope that the construction of the first unit betveen Portland and Sridal 
Veil -rill be completed within the next tvo years. He ves informed by Chairman 
Cabell th:t the Commission cannot make a definite statement ut this time, but 
if the Commission secures cuditional funds from the Tederal government and ¢..1 
so? ni this money in the Columbi:. Gorve vithout c:'verse criticism fron people 
in other parts of the stcte the Commission vill do all thet it can to speed up 
the iavrovement. The conference "as concluded at 9:30 p. m. 


At the conclusion of this conference i'r. Reynolds discussed irith the 
Co:wiccion other project: involving improvement of the Old Orecon Trail h-re- 
tofor? recommended ty the Or gon Trail Association, 


The Commission discussed the setting of « date for its inspection of 
the Tern Springs Hi-hvey and its -wblic hearin, in the to'm of Ontario with re- 
spcet to the reroutin; of the Old Orecon Trail alon: ‘lest First Street in that 
tom. It “as decided to make such inspection trip on “ednesday, July 23, and 
to hole the hearing in Ontario on the rollowin: dey, July 24, The Secretary 
“as instructed to notify the persons interectec. 


The Engineer discussed vith the Commission matters pertainin: to the 
meintenonce of city strect=: thet are not on stevte hich ty routes, perticularly 
those over ‘which lo, heuling operations ere bein,; ecrried on resultin: in seri- 
ous G@com.-e to the hichvay surface. The Commission deferred definite action on 


thic mtter for the timc being. 


Ben Titus, Actin Director of the Trrvel and Information Department, 


a 
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OREGON COuST HIGHTAY 
BRIDGE OVER MILLPORT SLOUGH NEAR KERNVILLE 


C, J. Eildon $22,954.00 
3. F. Johnston 23454400 
Harry I. Hamilton 2h 48400 
Babler Bros. 25,886.00 
R. G. Barnes 26,287.00 


Barham Bros, 27,379.00 


NORTH SANTTAM SECONDARY HIGHUAY 
DETROLT-SOUPH SANTLAM JUNCTION ROCK PXODUCTIO! PROJECT 


A. 0. Ekstrom $35,500.00 
Salem Supply Compeny 37,547.50 


PACIFIC HIGHWAY WEST 
FRONT AVENUE, PORTLAND (CLAY STRECT@SHERIDAN STREET) SECTION 
GRADING, PAVING AND TiO SUBMAY STRUCTURES 


Edlefsen-Weygandt Company $244,940.00 
Porter I, Yett 291,527.10 
Cc. J. tiontag & Sons 302,000.00 


INDEPENDENCE SECONDARY HIGHWAY 
INDEPENDENCE (B STREETLONOUTH STREET) SECTION — PAVING 


The United Contracting Company 
Warren Northvest, Inc. 


STARKEY SECONDARY HIGHWAY 
MEADOW BROOK SECTION - GRaDIiiG AND TOPPING 


E, L. Gates $30,920.50 
Vernie Jarl 33,569.00 
Triangle Construction Company 35,612.00 
Leonard & Slate 37,978.00 


WOLF CREEK HIGHWAY 
BRIDGE OVER EAST DAIRY C2BE. NEAR NORTH PLAINS 


Frank Vett Construction Company $8,933.00 
Joelson & Amens 9,200.00 
Norris & Philpott 9,222.00 
Rk. G. Barnes 10,153.00 
C. J. Eldon 10,370.20 


10,448.00 


“ 


O. N. Pierce 


¥ 


24 


j 


as 
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TERRITORIAL SECONDARY HIGHTAY 
MONROE-LANE COUNTY LIii— SECTION 
GRADING, SURFACING aND OILING 


Using Asphelt Using Ter 
E. L. Gates $43,469.50 $43,727.50 
Coos Bay Dredging Company - - = 55,813.05 
FORT STEVENS COUNTY ROAD 
WARRENTON-SKIPAION SECTION - GRADING AND PAVING 


Porter 1. Yett $34,496.50 


WOLF CREEK HIGHWAY 
BRIDGL OVER NORTH FORK NECANICUI RIVER 


Frank Watt Construction Company $16,826.00 
Babler Bros. 17,151.00 
Lindstrom Bros. 17,976.50 
C. J. Eldon 19,202.20 
Barham Bros. : 19,591.00 


KILBERLY-LONG CREEK SECONDARY HIGHWAY 
KIMBERLY-SINAS SCHOOL SECTION - GRADING AND SURFACING 


EB. L. Gates $47,915.00 
Leonard & STate 49,633.00 


FRENCHGLEN SSCONDARY HIGHSIAY 
WORTH UNIT, WRIGHTS POINT-NARROWS SECTION 
GRADING AND TOPPING 
Norris Bros. $31,492.00 
TIARUER SECONDARY HIGHWAY 
WARNER SUIMIIT-i1UD CREEK SECTION ~ GRADING AND SURFACING 
Rogers Construction Company $52,961.00 


EUGZNESSWISSHOLIE SECONDARY HIGHWAY 
FISHER ROAD-OaK HILL SECTION - GRADING, SURFACING AND OILING 


No Bids Received On This Project 


eth ma abn tanta CSR 


Section, Hy., and Ormer Purpose Acres Approxinate Amounts went 


Tongue Point Section-Columbia River Hirhwa 


9188-Johngon, lianne R/T 2327 sq.ft. $0,0215 sq.ft. Gardiner 
9187-Lund, Fillien B, RS! 32,200 sa.ft. Af sq.ft. " 

and Clatsop County 
9144-Clatsop County RAT 6.94 GkaTIS " 


534,246 sq.ft. GiaTIS 


icCallister 


ackamas Count 
U. S. Government ark 120.0 Annual rental $75.60 as re- 
quired by lease from 
Governnent Bocrdman 


Jose e CountyeRed:iood Hichvey 
U. S. Government Park 70.0 Annus] rental $6.38 <s re- 


quired by lease from 
Governnent Boardman 


Lone County-Siusler Hichvey : 

U. S,. Government Park 206.0 Annual rental 5220.20 as 
required by lease fron 
Government Boardnan 


Dourjas County-Umpqua Highvey 

U. S. Government Park 200.0 Annuzl rental $187.25 as 
required by lease from 
Government Boardman 


Annual rental £35.00 as 
required by lease from 
Government Boardman 


Annual rentel $166.96 as 
required by lease from 
Government Boardman 


$55.00 per year-] yecr 
lease Boardman 


$6.44 per year-4 year 
lease Boardgan 
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County Judge Nelson B. Higgs, Harney County, wes prescnt in the in- 
tere-ts of the Rome-Princeton Secondary State Highvay. He asked the Commission 
to allocate state funds to this project so work can be corried on during the 
winter months, in vic’! of the fact that CCC forces heretofore engaged on the 
project have been called off and the county is unable to continue the improve- 
ment alone. Chairman Cabell advised that the Comission is committed to this 
nrojeet but is not in position today to st. te whether or not it is able to 
take over construction this year; hovever, the Commission ‘rill beor the pro- 
ject in mind. 


ee ed 


t 
4 
i 


The Assistant Attorney, tr, J. I. DeSouza, reported tue status of 
the 194] right of "ey budget as follows: amount tuczeted for expenditure in 
1941 for genercl real property ~urchases $600,000; amount obligeted for gen- 
eral real property $391,000; amount budgeted ‘or murchase of right of ve- clong 
Frout Avenue, Portland, %800,000; amount obligated to date for such purcha ies 
®430,000. The Commission approved the report. 


The Attorney requested authority to ourchase certaia parcels of real 
vronerty thet ere needed for verious high ay improvements throughout the state, 
He presented a list of such properties together -ith prices th.t he rscomnended 
be «id for each. After careful consideration of each iten, the Commission an- 
proved the recuest and by unanimous vote adopted the Jollo ‘in, resolution sith 
recpect thereto: 


“HEREAS, in connection vith the further improvement of the 
highways hereinafter designctvd, it is and has been necessary to act~ 
quire property for right of way, quarry sites, gravel or other matee 
rial sites, or sites for the storage of materials, as hereinafter 
more definitely sct forth, and 


WHOREAS, as a result of negotiations carried on vith the 
ommers of the proverty required, options have been obtained, "hich 
options have been considered by the Commission, outlininy the bases 
of settlement which have been agreed upon, and 


THEREAS, it is the judgment of the Commission that the 
said options should be ap »roved and eccepted, and/or the said re- 
ports be declared acceptable to the State Highvay Commission as 
bases of settlement for the properties involved, and that the ace 
quisition of the properties should be completed: 


WOW, THEREFORC, BE IT RESOLVLD that the severc] offers, 
or tases of settlement hereinafter enumeruted be, and the same here- 
by are, aporoved and accepted, and that the Attorney for the State 
\lighway Commission be, and he hereby is instructed to complete the 
ecquisition of the seid properties and to take title thereto in the 
nume of the State of Oreron, The suid properties hereby ordered and 
authorized to be acquired are as follows: 
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Section, vy. and Omer Purvose Acres Apvroximate Auounts Agent 


*100 per acre 
“75 per acre, plus 
©897.50 
9462-Batemen, J, B. LUHP SUN-%,35 
653l- Anderson, Christian, 
Estete vA 24: $135 per acre, plus 
"195.255 


In exch.nze for 0.15 of 
an acre, te be conveyed 
by State Eason 


bison River Highway 
Y 0.142 LIP SUL: ~ 10 Eason 


Section-Orezon Coast Hish:'a 

lise, Nathan 

(Trustee) RA! 5s «AA so. ft. 20f sq.ft., plus “417.20, 
nnd in addition State *i11 
convey 500 sq.ft. in Lot l, 
Block 11, Astoria ‘ilartin 

5867-Lum, Evan 

(Correction) £750 sq.ft. In exchance for 3490 sq.ft. 
to be conveyed by Stute, 
olus moving building (Sectd. 
at *.300), plus moving store 
buildinz, low did 680, 
plus ‘150 Martin 


ion-Orecon Cozst Highvay 
4626 sq.ft. 15¢ sa.ft., plus 
4765 Collins 


8034+Hansen, H. H. Gravel Bar 2.02 


G@ rdiner 


ide Section-Oregon Coast Hig 
9440=Dourclas County Park 200 acres 
AD \TOX. 


3 yeer lerse, ©10 per 
year, plus fencine Gerdiner 
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Section, Hye, and Omer Purpose Acres Approximate Amounts Agent 


8127.50 ver year-1 
yecr lease Boardman 


$10.00 per yearel 
year lease 


Near > ili 
9458-Jeffries, Geo, H, Damages to vel] and 
change in drainage 
conditions “105.00 DeSouza 


9y094-Taylor, Robert q sq.ft. $0.0598 sq.ft. ‘litt 


9096-Dor;, Pauline C. R/T 2828 sc.ft. ‘0.0177 sq.ft. " 
9191-Standard Oil Company 
of California rf! 414i sq.ft. Land Gratis, 
plus 239.80 " 


nzer Bride-fist Secti 
1566-Sundland, Charles 


7 1104 sq.ft. 2¢ sq.ft., plus 
£1760, plus fill- 
ing (Estd.4422.40), plus 
placing 36" vine (Esta. 
cost /450) MeChe sney 
8975-Johnson, '). Re rAl 1322 sq.ft. 2¢ sq.ft., plus £457) + 
fillin: estd. $307.20 " 
8970-Hansen, Charles 0. 


(Correction) Ri 0.29 $100 per acre, plus 
a " 
“609 
8967-Je son, Henry and 
Aldon H. Ashley Kf 3.0 #100 per ccre 
0.6 “20 per cere, plus 
3.69 “1636.20, plus lov bide 


*1790-noving bldgs. " 


$50 per ccre DeSouza 
Jorden Creek-i:ills sor tisha 
3903—iechers, G. D. Permit. to fall danger trees on 
property abutting highway Gratis Martin 


Sunset Tunnel-Buxton Section-Vol? Creel: liigh” 

9343-Con'ay, "lorrison A. 0.62 In exchunsc for 1.0 acre 
to he deeded by State, 
lying outside R/T Witt 


es 
1. 
{> 

4 


on “ ‘ rer e E 
$ 


Section, Hwy., and Owner Purpose Acres 


ewFerguson SectioneTerritorial [lj sha 
4401-Roman Catholic Arch- 


bishop of Portland R/W 1320 sq.ft. 


Veneta Section- 
3 wl’. 


ene Venetse Hi. v7 
lelsen, Kenneth R, 


9318-Schica, 
Merle Ackerson 


R/T 
9248-Guilion, Anne E. ’ 


8200 sq.ft. 
5.07 


9553-Blais, Clara 


3 BoC Conger, Sarah E. 
$793-Lattin, Ann RAT 


Rf 


5000 sq.ft. 


8784-Conger, Sarah E. 
(Correction) 


1, Gravel 2.33 R/T 
Pit and Stock 1.82 G/P 


8920-Holm, Carl £. 


2.0 
2.70 
2.71 


Pile Site 


8995-Hansen, Curtis L. R/T 


753-Jensen, Soren P, Gravel Pit 2.5 


3755~eBooth, J. H. Stock Pile 0.97 


Apnroximate Anounts 


Cont. 


10g sq-ft., pilus 


“17.50 Titt 


“100 ner acre, Dlus 
$5 Ger 


iner 


3¢ sq.ft., plus 


: Parker 
33+ ut $1000 per acre 
1; at $650 per acre, 
plus $1525 
$400 per acre 


F500 per acre, plus 
$63. 23 

L4@ sq.ft., plus 
£100 " 
“500 ner acre, plus 
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Parker 


125 per acre 

S125 per acre 

Gratis, plus fencing 

865 Gardiner 
“125 per acre " 
Gratis, plus 4366.50, 

less consideration for 
property to be conveyed 

to Hansen consisting 0.34 
acre at %125 per acre 


plus 
Gardjner 


£75 per acre, 
fencing 


5 your lease-°20 


per year Gardiner 


f 
ta 
if 
1 


RETO ED Bess 


Pes OE 


en 


Section, Hivy., and Ovmer 


Hilwauk 


ke Par: 
(G. J. "cPherson) 


Monroe-Ferguson Section-Territor} 
1S ren, Harry ry; , 0,403 


Purpose Acres Approximete Amounts Azent 
Gravel 

Pit, 1.03 LUMP SUM-0:350 

Fasenent 0,15 DeSouze 


The Government is to exchenge this property with 
State for property acquired from ‘ethan B. flarvey 
and First State Bank of liilvaukie, containing 
1.029 acres so that Stute will not be out any 


money 


0.01 Land ‘35, plus 37.50 Parker 


“150 per acre, vlus 
&77575 Ta tt 


4406-(iiull, Sarah E. Estate)-~ 


Louise Bovren 
4408-Taylor, Louis 3. 
4405-"iack, Ei. O. 
4404-"ilhelm, Addie 
4402-East, Louise, and 

Mathias “ilhelm 
4416—"illiams, ‘endejl %. 
4413-Zielinski, Alphonse 
44}2-“ilheln, liary 
4410-Baker, Noel 0. 
4411-"ilheln, iathias 
4403-Stevart, Russell C. 


4417-Kirchoff, R. G, and 
“NSA 


4415-Porter, Lester D. 
4409-Pedersen, John P. 
4L400-Hevitt, Lucy i. 


(Continued on next paze) 
1941 


“rT 1) 


Rf! 0.065 $300 per acre, plus 
29 w 
ft 0.18 5150 per ccre, 
plus 531,50 ° 


R/? 2977 sq.ft. Tet sqeft., plus *27" 


1402 sq.ft. Taf sq.ft., plus $49 " 
R/T 0.30 $300 per acre, plus 
“31.50 id 
aft 0.54 $75 per acre, plus 
$89.65 " 
R/*’ 2.01 475 per acre, plus 
$189, plus $7.50 " 
Rf 0.10 ‘100 per acre, plus 
326 
R/T 0.35 “100 per acre, plus 
“60 " 
R/T 0.21 5100 per acre, plus 
352.25 t 
R/? 7040 sq.ft. 104 sq.ft., plus 
1272 38 " 
R/T 0.23 “95 per acre, plus 
$40 i 
R/T 1.22 $75 per acre, plus 
*800.90 . 
R/T 0.15 $300 per acre, plus 
C46 “ 


10¢ sq.ft., plus “39,50, 
plus lot bid moving bidg. 
690 " 


R/' 1216 sq.ft. 


10450 


Acres Avproximete Amounts gent 


efferson County ] 
3589-\illiams, Mary B. fs $25 per acre, 
$157 
8593~Rodman, Geo. i., Estate R/7 $25 per acre, 
$1,316 
3594-Vinters, Chas. and 
Edgar C. and A. H. 7 ‘ $25 per acre, | 
$374 
3588-Henske, Robt. $25 per scre, 
$30 
$576-Johnson, Mey B. 5 sq.ft. GRATIS 
$681-Johnson, May B. sa.ft. 1f sq.ft. 


Dalles-California Hirhvwa 
9/,03-Ham To late J 8 9300 per acre, plus 
fencing Cozad 
9401-"atters, T. B. and 
Robert £. Graham RAI ‘ $100 per acre " 


Bend eS Dalles California Highway 
9221-Central Oreron 


Irrigation District R/‘! and 
Easement 0.82 GRATIS 


-Deardorff, Nettie and 
Cora Buchanan R/T 8 ¢100 per acre, olus 
(Correction) $147.33 Landon 


EPR ieee Vote airs 


an-Jamieson Section-John Day Highwa 
91 ohn B. Jones, and F. h/f 0.54 55 per acre, »lus 
UW. Smith fencing $8 Landon 

9162-Pritchard, T. Chas. R/T 3973 sq.ft. 0.905 per sa.ft., 
plus $22 

9170-Robirts, Lizzie Turner R/\! 0.34 $5.95 per acre 

9554~Boston, Thomas S. Rf 0.12 $100 per acre, plus 
fencing $11.50 


ection-Burns—Crane Hirhva 
$10 per acre, plus 
Pacific Livestock Co, Pit fencing Landon 


$62.50 per acre lLiundon 
The Attorney also requested authority to condemn certain ovarcels 


of real vroperty for “hich he hes been unable to reach sz atésf, ieee? ettle- 
ments. He presented a list of such proverties together with ‘nts that he 
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Section, i:ry., and Ovmer Purnose Acres 


e -~Yoncol ection~Pac 
946l-"eatherford, J, M. Rt 704 
North D dge Se n-Paoc 

Thiele, Edvar 7 0.12 
G Creek—Jumn Off J eek § One 
9333-Raymond, George J, 0.63 
9340-Kolkov, Ti. Re R/f (0.38 


8705-Sullard, Lavrence C, RA? =.23.17 
9342-Plumridge, Robert V. R/B 3=s-:«058 


9347-Letitia January- 


Donghty R/M? =: 006 
J Joe Creeke e Creek Sectjon-Pec 
94 osephine County 35.6% 


8595-Horney, ilmede (Estate 


8596eHorney, James H. RA 0.07 


8597-Horney, J. H. and Santa 
Berbarea Water Company R/T 0.13 


8598-Horney, Mary (Estate) R/1! 6.20 


8600-Horney, Lalionte R/W 2.55 
8602-Corwin, Perry A. R/T §=6618.89 
and Guy 
860i-Cortin, Perry A. and 
Guy R/V 3.16 
8599~Cortrin, Perry A. R/T 3.78 
8582-Thielman, Ray RM 4.80 
5000 sq.ft. 
8§92-Dizney, Gillis 0, R/T 2.93 


6605-Jefferson County R/T 750 sq.ft. 


(Continued on next page) 


- 7 A1 


— 19 


Approximate Amounts Agent 


$67.56 per acre, 
plus $208 Gardiner 


$200 per acre, plus 
$39 


Hich 


Gardiner 

924 per acre Collins 
WiiP SUM ~- $10 " 
$40 per acre, pilus 
$30 n 
LUMP SUM for land 
35, plus $35 ° 
LUMP SUM for lend 
$5, plus $1 Martin 
LaTIS Collins 


acre, pius 
Cozad 
$25 per acre, plus 


fencing $10 " 
$25 per acre, plus 
fencing $10 " 
$25 per acre, plus 
fencing $335 " 
#25 per acre, plus 
2140.50 “ 
$25 per acre, plus 
$1085.37 ” 
$25 per acre, plus 
fencing %170 * 
$25 per acre, plus 
fencing $218 " 


$25 per acre, 
if sq.ft., plus 


fencing $258 bd 
*25 per acre, plus 

fencing $156 " 
1f sq.ft. " 


Lot 5, Block 4, Georgetorm; and in Lot 5, Block 5, George- 
tom, all in Tomship 4 North, Rance 1 West, ‘7. M., in 
Columbia County, Oregon, and is more particularly de- 
scribed on the attached sheets and designated as Parcels 
Nos. 1, 2, 3, 4, 5, and 6 and is further identified in 
the records of the Highway Commission as file R 8734, 
Parcels Nos. 1 and 2 being acquired for right of vay 
purposes and Parcels Nos. 3, 4, 5, and 6 being acquired 
for maintenance site purposes in connection with the 
Columbia River Highvay;* 


Real property ovmed by Vern ‘7. ifathevs and Rhoda 
Mae Hathevs, which pronerty is located in the southeast 
quarter (seh) of Section 19 and in the southvest quarter 
(St) of Section 20 and in the northeast quarter (WE) 
of Section 30 and in the northvest quarter (NW) of Sec- 
tion 29, Tormship 18 South, Range 2 "est, {/. M., Lane 
County, Oregon, and is more particularly described on 
the attached sheets and designated as Parcel No. 7 and 
is further identified in the records of the Highvay 
Commission as file R 8919, and “hich property is being 
acquired for right of way purposes in connection ‘ith 
the ‘Jillamette High ay;* 


Real property ommed by the Ruby B, Petteys Estate, 
“hich property is located in the southwest quarter 
(ste) of the northwest quarter (wit) of Section 1, Tow- 
ship 4 South, Range 14 East, %. M., Sherman County, Oregon, 
and is more particularly described on the attached sheets 
and designated us Parcel lio. 2 and is further identified 

in the records of the Highway Commission as file R 8811, 
and which property is being acquired for right of wey 
purposes in connection with the Sherars Bridge Highvay 

No. 290 .* : 


2, That the Commission does hereby find and declare that 
each of the said described parcels of real property is necessary 
and acquisition of the same by the State is required for the spec- 
ific purposes hereinabove set forth, and the said properties are 
bein: acquired for the express and specific purposes in this reso- 
lution set forth. 


3. That the State Highvay Fugineer be and he hereby is 
instructed and directed to make or cause to be made all surveys 
necessary in connection <rith the determination, description, and 
acquisition o7 seid real properties, and said Engineer is further 
instructea to prepare and submit to the Legal Department necessary 
and adequate descriptions of the said real properties, which said 
descriptions shall be available for the preprration of any deed or 
deede or other instrument or instrunents necessary to complete the 
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recommended be offered in condemnation, as follows: 


File Woo §§§ © Mame Purpose Required Recommended Offer 


881i Ruby Petteys Estate R/V $20.00 

8919 Vern W. latthews, et ux R/W 1600.00 

3809 & Edward 0. Lesserd R/T and 2000.00 
8734 Maint. Site 


After careful consideration of each item, the Commission ap.roved the several 
offers and authorized the Attorney to proceed with condemnation. The follow- 
ing resolution in regard thereto was adopted by the Commission by unaninous 


vote: 


WHEREAS, the State High; Commission is authorized to 
locate, relocate, construct, reconstruct, maintain, widen, straight- 
en, and otherwise improve state highways, both primary and second- 
ary, and said Commission is also authorized to construct shops, 
equipment sheds, office buildings, maintenance sites, patrolmen 
accommodations, and snow fences, and is authorized to acquire quarry 
sites, gravel pits, storage sites, stockpile sites, weighing stations, 
and broadcasting stations, and is further authorized to develop, 
construct, improve, operate, and maintain parks, parking places, 
auto camps, camp sites, roadside development, recreational grounds 
or resorts, and other places of attraction and scenic value; and 


WHEREAS, said Highway Commission is authorized to acquire 
by purchase, agreement, donation, or by the exercise of the power 
of eminent domain real property, or any interest therein, necessary 
or deemed by the Highway Commission necessary for the accomplish- 
ment of any and ell of the foregoing things; and 


WHEREAS, in the judgment of the Highway Commission the 
several tracts or parcels of land hereinafter described are each 
and all necessary for the specific and particular purposes here- 
inafter specifically set forth; 


NOW, THOREFORE, BE IT AD IT lifREBY IS RESOLVED by the 
State Highway Commission as follows: 


1. That the Commission does hereby find and declare 
that the several parcels of real property hereinafter described 
are each and all necessary for the accomplishment of the purposes 
hereinafter expressly and specifically set forth, which seid real 
properties and the specific purposes for which the same are being 
acquired are described as follows, to wit: 


Real property owned by Edvard 0. Lessard, which prop- 
is located in Government Lots 1 and 2 (IW) of Section 4; 
in Lot 6, Block 4, Georgetorm, situated in Section 4; in 


= cenoeitedipicaiicmainiosnns ET Cts te ter eA anal a ile ls a 
$ vi 


storage sites, stockaile sites, veiching stations, °n broadecsting 
stations, and is further authorized to develop, construct, improve, 
operctc, anc nvintein parks, pcrking niace:', auto cups, camp -ites, 
roadside development, recreations] crounds or resorts, and other 
places of attrcetion ang scenic valucg cnd 


WhIURTaS, scid Highvay Commission is authorized to acquire 
by purchusc, agreement, donation, or by the excercise of the over 
of eminent domain real property, or «ny interest therein, nec uSsery 
or deemed by the Hidr'cy Commicsion necessary For th. aceon pllunnent 
of any and al] of the forezoing things; and 


WHLRL.S, that certain hi¢dray mow und designotied a 
State Highvay No. 47, ond otherwise inom 1s the olf Cree’ Hijh- 
way, is a duly design:ted and »dopt ad state high ay; and 


VWHOREAS, the Hichway Commission has her tofore, by 
resolution duly adopted an: ontered in the minutes of the Commis- 
sion, @eclured said hich ty to be a hichvay of major importance and 
did further find and decilnre that in connection with the acquisie 
tion of real properties for rights of way for said hichvay there 
should be acquired also all rights of acccss from the abutting prope 
erty to said hishvay, to which seid resolution reference is no. nude; 


and 


WHoOREAS, the Hichray Commission duly anc ré mlerly acopted 
a resolution and made the same a purt of its minutes of the meeting 
of tiay 9, 1941, in which resolution there wes described certain real 
nroperty claimed to be o'ned by Mary E. Ibuch, et ol; and 


TWHERZAS, since the adoption of said regolution « decree 
in nertition has been nade by the Circuit Court of the Stat: of 
Oregon for achington County, Partition Suit No, 1172], by which 
title to a portion of the property described in scid origini1 resoe 
jution has been vested in certel: persons and title to another por- 
tion of said property vested in other persons; and 


WHEREAS, to meet said ne situation with respect to title 
it ig necessary thet this resolution be adopted; and 


WHCOREAS, Catherine Fowles, ct al are the o ners of the 
followine described real property, ta wits 


Beginning ot the northvest corner (. stone) of the 
J. &. Northrup D. L. C. lo. 44 in Section 33, Township 2 
North, Range 3 ‘lest, We Hey in Tashington County, Ore zon, 
and punning thence South 1° 24° Bast along the ‘rest line 
of said D. L, C. 1314.0 feet to an iron pipe; thence South 
g7° 478 30" Eact perallel with the north line of said D. 
L, Ce 1651.6 feet to a pojnt on the cast line of seid Tbech 


whetber said properties 
be acquired by purcicse, donation, agreement, or by the cxercise of 
the pover of eminent domein. 


acuuisition of said vroperty or properties, 


4. That J, i. Devers, Assistant Attorney Genera] and 
Attorney for the State Highvay Commission, be and he is hereby 
recuested, authorized, and directed to attempt to acree with the 
omer or omers and/or ‘ith the tenants or persons in possession, if 
there be any, of said perce] or parcels of land with respect to the 
cowwensation ta be peid for the taking of the same ond the damage, 
if there be eny, and in the event that no satisfactory agreement or 
agreenents can be reached, then it is hereby further resolved that 
J. iM, Dewers, Assistant Attorney General anc Attorney for the State 
Hichvay Commission, be and he hereby is requested to commence and 
srosceute to a fina] determination such suit or action, or suits 
or actions, as may be necessary and eroropriate to acquire title 
to the said premises and ali rights therein for the purposes here~ 
in stuted. 


5. That this resolution b entered in full in the minutes 
and records of this Commission. 


“(The detailed descriptions of the respective parcels of real prop- 
erty mentioned in this resolution are attached to the original resoe 
lution on file in the office of the State Hightey Commission, Sclem, 
being Resolution No, 14, under the heading "Real Property Condemne- 
tion Resolutions", and said descriptions by this reference are made 
a part of this minute entry to the same extent cs if copied in full 


herein.) 


The Attorney asked the Commission to adopt a resolution as 2 substi- 
tute for a resolution heretofore adopted on the 9th day of liay, 1941, in which 
the Comaission authorized him to condemn right of way across property ommed by 
a lary E. Ibach, et al. Since the adoption of said resolution, he scid, a de~ 
cree in partition has been made by the circuit court of the State of Oregon 
for “lashington County by which title to a portion of the property described 
in scid originsl resolutio has been vested in certain persons and title to 
enother portion of said property wested in other versons and it so haprens 


that one Catherine Fowles ig nov the omer of a portion of this property that 


is needed for the Woif Creek Highivay improvenent and in order to condemn the 
property it will be necessary to institute nev proceedings, requiring 4 nev 
resolution by the Highvey Commission, The Commission approved the request and 
thereupon by uncninous vote adopted the follovring resolution in regard thereto: 


TIHOREAS, the State Highvay Commission is cuthorized to locate, 
relocete, construct, recogstruct, maintain, triden, ctraighten, end 
otherwise improve state highvays, both primary and secondary, and 
said Commission is also authorized to construct shops, equipment sheds, 
office buildings, maintenance sites, vatrolmen accomodations, and 
fences, and is authorized to acquire quarry sites, grevel pits, 


sno‘ 


The percel of land to wich this description applica 
contains 5.74 acres. 


2. The Commission docs hereby further find and cecdare 
that the last above described parcel of real property is needed and 
required end the appropriation and acquisition of the same is sought 
under these vroceedings for right of way and other highway vurposes 
jn connection ‘ith the construction, improvement, and maintenance of 
the sald Wolf Creek Highvey. 


3. The Commission does further find and deciure that, in 
addition to the acquisition of the said last described tract of real 
property f'or the purposes herein stited, it is likewise necessary 
that there be acquired all right of access from the remeining -Tope 
erty of the said Catherine Fowles, et al, except access at a oproxLe 
mately state hichvay engineer's station 2352+00, and e cseven-foot 
stoekpass beneath the surface of the highiay at engineer's station 
234800, which said remaining real property abuts upon or joins the 
real property last above described and will, when said hishvay is 
constructed, abut upon said highway. 


4. That the State Highway Engineer be enc he hereby is 
instructed and directed to mak: or csuse to be made all surveys 
necessary in connection with the determination, description, and 
nequigition of said real property, and said Engineer is further in- 
structed to prepere and submit to the Legal Depertment necessary and 
adequate descriptions of the said real property, which said descrip- 
tions shal] be aveilable for the preparation of eny deed or deeds or 
other instrument or instruments necessary to complete the acquisi- 
tion of ssid property, whether said property be acquired by purchase, 
donation, agreement, or by the exercise of the pover of eminent do- 
main. 


5. That I. H, Van “inkle, Attorney Generel of the State 
of Oregon, and J, lM. Devers, Assistant Attorney General and Attorney 
for the Stete Highvey Commission, be anc they are hereby requested, 
authorized, and directed to attempt to agree with ‘tthe omer or o™mers 
and/or with the tenents or persons in possession, if there by any, 
of said parcel of land with respect to the compensation to be paid 
for the taking of the same and the damece, if there be any, ond in 
the event that no satisfactory agreement can be reachec, then it is 
hereby further resolved th: t the Attorney General of the St:.te of 
Oregon and J, li. Devers, Assistant Attorney General and Attorney 
for the State Highway Commission, be and they hereby are requosted 
to commence and prosecute to @ final determination such suit or 
action as may be necessury and appropriate to acquire title to the 
seid premises and all rights therein for the purpoves herein stated, 
together vith all rights of access from adjoining or abytting prope 
erty to said highvay, except as provided herein. 


6.’ That this resolution be entered in full in the minutcs 


t+ 
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pronerty in the center of the County Road, from “hich point 
an iron ripe bears North 87° 27' 30" est 20.0 feet; thence 
alonc the east line of said Ibach property forth 1° 21! 
Tlest in the center of said county rosd 1314,0 feet to an 
iron pipe end stone on the north line of said D. Le Co5 
thence ilorth 87° £7! 30" vest cleng the north line of said 
D. Le Ge 1652.7 fect to the place of beginning, containing 
£9.74 acres, 


WHEREAS, 4% is the judgment of the Highway Commission that 
the recl proverty hereinafter described, which is a part or portion 
of the above deseribed real property, is necessary and needed for 
right of vay and other highvey purposes in eonnection with the con- 
struction ond maintengnce of the said “olf Creek High <y3 


NOT, THEREFORS, BE IT ailD IT HEREBY IS RSSOLVED by the Statc 
Highvay Commission as follous: 


1. The Commission does hereby find and declare thet the 
yoo] nroverty hereinefter described, and “hich real property is a 
part oF portion of the above described real property, ic necessary 
and is needed i» connection vith the construction and muintenence of 
the “folf Cree’: Hivhvey, which said peal property is described as fol- 
lors, to wits 


A varcel of land lying in the J. L. iorthrup D. L. C. 
#44 in Scetion 33, Tommshin 2 iiorth, Range 3 West, ‘I. il., 
Waghington County, Orecon, the soid p»rcel being all that 
portion of the foregoing described property included in a 
strip of lend 140 feet in width, 70 feet on each side of 
the center line of the olf Creck Hichvay as said highvay 
nes been Located over and «cross or adjreent to the said 
property; the location of the seid strip of land (in so 
far ag it encroaches upon said property) being determined 
by the seid center line from Station 2344198 to Station 
2364+29.8 which portion of center line is described as 
follows: 


Beginning at a point <iich is Engineer's center line 
Station 234408 opposite and 70 feet distant from which 
noint the northerly line of the said strip of land inter~ 
sects the vest line of the J. L. Northrup D. L. Ces said 
soint being 510 feet south ond 20 feet vest of the northe 
west corner of said Northrup D. L. C. #44, in Township 2 
North, Range 3 “est, ™. fi.§ thence South 61° 53! Bust a 
distance of 1931.8 feet to station 2364+29.8, at whieh 
station suid hizhvay center line intersects the center 
line of the county road, seid road center line also being 
the easterly line of the ormers' property. 


establishes it, army ecnt-nment bet ecu Monmouth and Corwellis, ich con- 

tonment, he understancs, vill cxtend to within three niles of Monmouth. Ile 

advi-ed th.t he has received definite information tht the government intends 
to const ‘uct the cantonment at such location. He sucvested thet it might be 
= .gsible to reroute the highvay alonc Knox Street eltac zh he s-id he is not 
attenntine in any vay to dictate to the Highwny Counission where the highvey 
should be placed. 


Chairman Cabell cave as his understunding that there is still some 
question as to “whether or not the army cantonment “ili be loceta south of 
Monmouth and even if it is located at such place, there is 2 cucstion cwhether 
or not the highway will have to be changed to accommodate it. The ilichvay 
Commission, he said, intends to give this matter very eareful study cnd pron- 
igses that no definite action will be tcken either on@ “ey or the other until 
further consulting Dr. Howard. 


A delegetion from Klamath County, hecded by tir. Learl Reynolds, 
Mlenager of the Klamath County Chamber of Commerce, and includin: the follove- 
ing: County Judge U. 5. Reeder; County Commissioners E. ©. Benner and John 
R. Reber; County Encineer Frank Z. Howard; B, G. Courtrisht, Superintendent 
of the Klemeth Indian Reservation; H. J, Doolittle, District Roi. cnrineer 
of the United States Indian Service, Spokane; Boyd Jackson, Klemath Tribal 
Council; and G. C. Lorenz, representing the Crater Lake Lumber Company, 
appeared before the Comission in the interest of the Spraywe River County 
Road. tir. Courtright advised thet Congress aes passec a bjll appropri:t- 
ing certain funds for highvay improvenents within the boundaries of Indian 
Reservations and in this bill provision ss made for ex: enditure of $150,000 
for the improvement of the Sprague River Road, orovided such fund is metched 
by a like amount of state money. He inquired whether or not the State igh- 
wav Commission is willing to provide the mitch money and urced investi utions 
as may be necessary. fir. Doolittle advived that surweys for the roac smorove~- 
ment have already been made and approved by the Public Roads Admini:tretion, 
porticularly between the toms of Chiloquin and Sprague River. The federal] 
government, he said, 1: villine to meet the Highvay Commission on any refson~ 
able oroposition that nay be presented to provide for construction along the 
adopted survey. 


In the discussion the question arose “hether or not the federal ap- 
propriation is absolutely contingent upon the state puttins up the match mon- 
ey. This could not be anewered because of lack of a covy of th bjll >ro- 
viding for the appropriation. Chairman Cabell advised that the Commjssion 
must kno definitely about this feature and how the money mist be -pent be- 
fore it can make « decision, fncincer Ilo ard surcested, if the '!izhvay Com- 
mission ‘will assume the responsibility to construct the 22-mile section be- 
treen the towns of Chiloquin and Spraue River, Klamath County “ill improve 
the remaining section betreen Sprague River and the junction of the Klemeth 
Falls-Lekevier Highway, After further discussion the Commission authorized 
and instructed the Engineer to mcke full investigation of this entire matter, 
including both encincering features and federal requirements as to the money~ 
matching features. 
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and records of this Commission, and the resolution relative to prop- 
erty claimed to be omed by tary Es Ibech et al heretofore adopted 
on the ninth day of May, 1941, be and the sume hereby is rescinded. 


Chairman Cabell brought up for discussion the matter of acquiring 
right of vay for the “olf Creek Hichway PA Project, aecr 4 place knorm as Vadis. 
The Attorney advised that he is nov working on this project and expects by July 
25 to have all of the right of way scquired or under condemnation so that con- 
struction work can then proceed without delay. He requested euthority from 
the Commission to condemn the properties involved, in the event that he is un- 
able to negotiate satisfcctory settlements, After discussion the Commission 
approved the filing of the condemnation proceedings, if necessary, on the fol- 
lowing properties alone the Nevies-Gardner Section of the Violf Creek ilich ay, 
it beinc left with Chairman Cabell to decide later the offers that are to be 
made for each in condemnation: 


File 6531 Christian Anderson Estate 

File 6532 Charles E. Davis 

File 6533 frank A. Denneman 

File 3428 U. S. Government {Resettlement) 
File 6534 Rose Utecht 

Pile 6535 Patrick Davis 

File 6536 Fred Cusick 

File 6537 Wm. J. Staples 

File 6538 H. G. MeCarthy 

Pile 6539 Martha Mast 


The Assistant Attorney brought up for discussion the matter of ace 
quiring right of vay for the proposed highway jmprovement at Tongue Point near 
Astoria, particularly such right of way across property owned by Hrs. Tw. Ee 
Blackstock. He advised that Hrs. Blackstock knows about the proposed highway 
improvement and is makin: arrangements to acquire other property in lieu there- 
of, in fact she has already secured an option to secure this other property 
but “ould like to imov definitely about the proposed high'ay improvement before 
she closes the deal. He walued the Blackstock property at °1,900 and requested 
instructions whether or not to purchase it at this time. The Commisgion de-~ 
cided not. to purchase this property nov on recount of uncertainties that exist 
with respect to the funds that are to be used to finance the highway construc- 
tion work and instructed the Attorney to so inform lirs. Blackstock. 


Dr. C. A. Howard, President, Oregon College of Education, Monmouth, 
and lir. Charles D, Byrne, Secretary of the Board of Higher Education, were 
present in regard to the rerouting of the Pacific Highway “est through the tom 
of Tlonmouth so as to eliminate the necessity for highvay traffic to pass dircct- 
ly in front of the campus. Dr. Hovard advised thet the present highway di- 
wides the campus, some of the school tuildings being located on one side of 
the highvay and others on the opposite side, which creates @ very unsatisfac- 
tory and dangerous condition for students who are obliged to cross the highvay, 
He gave figures to show the volume of nighvay traffic that passes the campus 
daily and oredicted that it ‘rill greatly increase “hen the federal government 


————————————————— 


WHEREAS, it is the judsment and the opinion of the Comis- 
sion that there should be reflected in the minutes and records of 
the Commission the Comsaission's purpose and plan to cbhandon, as a 
part of the risht of way of the Oregon Coast ich my, the section 
or area herejnafter described and “hich vas formerly incorporated 
as 2 pert of the richt of way of said highvey in Brookings; 


NOW, BHEREFO:cs, BE IT AlD IT HEREBY IS RESOLVED by this 
Commission, ajl members beinz present and affirmctivel, voting, as 
follovs: 


1. That the frapment or parcel of land confined within 
the area hereinefter described, ~hich seid frefment of land "cs fore 
nerly within the limits of the richt of wey of the Oregon Cost iiigh- 
“tay in Brookings, but «hich is nov tithout the linits of the right 
of way of said hivhvay as relocated and reconstructed, be anc said 
fragnent or oarcel of lanc hereby is ebendoned as 2 vart of the right 
of wey of said Oregon Coast tlighiuy. The pareel or frecment of land 
abandoned and dismissed as a pert of the rivght of «cy of scid Ligh- 
way is, so far as control and supervision of the same by this Com- 
mission is concerned, left to revert to the ac joinin: and abutting 
pronerty ommers of to the control and supervision of the County 
Court of Curry County. The fruement or sarcel of lnnd affected by 
this resolution is described as follows, to~rit: 


That certain portion of Chetco Avenue, lyin~ betreen 
Bloeks 3 and 4 of Brookinzs, Oregon, beinc described as 
folloss 


Berinninc at a point on the south line of s: id Block 
43 said point being 40 feet distant southvestcrly from 
(when measured at ripht anzles to) the relocated center 
line of the Oreron Cocst fiichway; said point ealiso being 
34 feet easteriy fro. tne scuthvest corner of scid Block 
4; thenee northvesterly alony the gaid south line «a dis- 
tence of 34 feet to the south est corner of said Block 4; 
thence southiesterly alony the easterly side line of 
Pacific Avenue, 63.6 feet to the northvest corner of said 
Block 3; thence southeasterly slong the northerly line of 
said block 354 feet to the west line of the 10 foot alle; 
throuch Block 3; thence northe:sterly along the extension 
of seid vest Line of the alley, 2 dist nce of 7.2 feet, 
to « point “hich is 40 fcet dist.nt-south’esterly from 
(hen neesured at rizht ongles to) the relocated center 
line of seid hichvays thence northvesterly purcilcl to 
and 40 feet distant from said relocated center line to 
the noint of bevinnine. 


Suid parcel of lend, “hich by this resolution is ebundoned 
of the right of wey of said hishway, is in addition to the ci 
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Engineer Howard then asked the Comission to construct an oiled sur- 
face on to county market roads entering the tom of Chiloquin, He said that 
all they are asking for is the oiling of short sections of each of these roads 
and advised that Klamath County ill pey ail of the costs involved, The Come 
mission apvroved the request subject to the condition thet there is sufficient 
oil rock available that can be spared for the purpose and that a highway oil- 
ing cre’ is available to do the work. ‘The metter was referred to the Enjineer 
to handle the details. 


The County Court of liarion County, represented by County Jucge Grant 
turnhy and County Commissioner Ralph Girod, was present in regard to the desig- 
nation of the North Santiam Hich"my os * state secondary high ay betreen Detroit 
and the South Santiom Highvay Junction. The Court was assured by 
Cabell that the Commission is foworcbly inclined to so designite this roud and 
will do go as soon as the right of vay hes been cleered of ul] encrouchnents 
and hen all three Commissioners are present, hich is a legol requirenent. 


Judge Murphy algo brought up for discussion matters pertaining to 
the further improvement of the Selem-Silverton County Road, He suid that for 
the most part the right of "ay needed for this improvement has been acquired; 
however, the county is heving difficulty «ith several of the omers and indi- 
cations are thet it is going to be necessary to condemn some of the property, 
sthich the county will do es soon as the state is ready to proceed with cone 
struction. In other vords, the county ‘rill clarify all right of way matters 
ag soon ac it is ordered to do so by the state, Conmissioner Girod urccd the 
Commission to contract additional vem: on this road gone time this fall. It 
was explained to the court that the surveys are not yet completed, so the Com 
mission ig not in position today to muke any definite commitment, but vill 
apain discuss the matter vith the court then the surveys are done and the re- 


sults thereof studied. 


The Commission by unanimous vote adopted the following resolution 
abendoning a short section of the old ri¢int of vay of the Orcgon Coast ilighvay 
no longer of welue from the state 


in the tom of Brookings, “hich section is 
highway stcndroint in vier of the feet th:t the hiphycy has been relocated on 


another clignment: 


MERDAS, in order to efford and mxe possibl: a better 
elicnment and a more serviceable, safe and convenient hich ay for 
the travelinz public, the Commission found it necessary to relocate 
an! reelipn the section of the Oregon Const Highvay within the bound- 


aries of the Tom of Brookings in Curry County; and 


THEREAS, by reason of stid relocation and realignment, ond 
the reconstruction of said section of said hichvay, there was elini- 
nated and made unnecegsary os & prt of the right of way of the re- 
constructed hightay 2 section or erec of the old right of vay which 
said section or erec i¢ more snecifically defined and described here- 


inafter in this resalution; and 
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Hughey to extend, at his om cost anc expense, u certaii: Cross droin at the 
corner of his property; Dvight Seward for dum ‘e to Lots 17 and lc, Block 149, 
Warde Addition, ‘260.95; A. H. Xinvre, for dem.qe to Lots ll, 12, 13, 14, 15, 
and 16, Bimok 149, “lurds Addition, 443.50, The Incincer concurred in the 
recommendation. The settlements recommended ‘rere anvrowed by the Connission 
by unanimous vote. 


The Engineer renorted tht, in conformance “ith previous inetruc- 
tions fror. the Commission, Division inzineer Uytic end C. 7. Parker, if ht 
of ‘lay Agent, interviered 9 number of citizens of Gold Beach to ccertsin the 
sentinent of the people of this community recerding the improvement of the 
Oreron Const Hichvay ‘on a Wefoot and on an BO-foot “idt: right of vay, and 
their revort is to the effcct that most of the people prefer an 80-foot right 
of ‘my in preference to the 60efoot right of way becaysc they fel that if 
the Commigsion decides on an 30-foot ~idth richt of ay now, it vill sé ttle 
for all fiime to come the question of the permanent location for the hichvuy. 
Hovever, there “as uo definite opposition to the inprovement on the 60-foot 
width right of way. In vie: or this report the Commission voted unaniinoug- 
ly to reconstruct the hichvay on Gefoot right of ‘ay end authorised the 
En-iacer to advertise the project for bids to be received some time this 
foll. ‘The Commission ciso ordered that. proviclon be mode in the speeiflere 
tions for removal of utility volec. 


The Pncineer requested authority to acquire sdditionc.i ]: nd to »Fro- 
vide on 80~foot richt of way for the Oregon Coust Hichvay betivreen Cam, Clat- 
sop and “lest Lake in Clitsop County. He explained tht the City o° ‘srrenton 

¢ crronging for the instcllation of a Jarze woter main along the est side 
of the high vay bet-een these points, und, if the city is permitted the use 
of the existin~ right of way, it will pl-ce the main too close to tne center 
ef the traveled rocdvey because the richt of uy at this location ic only 40 
fect tide, beinn 20 feet on each side of the center linc. He pointce out 
thet the presont richt of “uy ic no’ 80 fect ‘ride north end south of this 
section, <n] eventually it ‘ill be necesvery to widen the entire strip. He 
ecare as his thought that it - odd be highly desirable to vrovide «. uniform 
vkdth of 80 feet throuchout the entire Length at this time, not. only to sc 
commodate the City of Torrenton pineelin: construction, tut to accomodate 
the high ay when it is rebuilt in the not digtant future. The section in- 
woived, he said, is ap roximitel 4,000 feet long. The Commissicn ap roved 
the request and authorised the richt of “a depsrtment to csecurc options for 


the property. 


The Attorney requested instructions relative to aceeptinc bids fron 
house movers who cither «re not shle to or ‘Ali not furnish perform.nce bonds 
in favor of the owmers of the houses that are to be mowed, He advised that 
the practice heretofore followed is to guerantee the property ommers that 
such boud till be furnished; however, one of the house-mnovwjng cuntr.ctors, 
whose headquarters are in lugene, refused absolutely to furnish such bond. 
He recormended that in such cases th proposal of such house mover be not 
accepted oF considered. The Cowtigsion 2p :reved the recounendation and ore 
dered the$ such procedure be folloved hereafter cs the establighed policy. 
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serivtion more surticularly ascerteined cad deternined by reference 
to a map or blne arint merkoc "Exhibit AY, attached hereto ena hy 
this reference made a p rt hereef, which scic exhibit for identi- 
fication ~urpoves bears the signetures of K. D. Lytle, Divivion Ene 
cineer, He CG. Smith, Conatruction Enyineer, ond C. B. ficCullough, 
Accistent State High ay Engincer, ond is dated July 9, 1941, upon 
vhich map or exhibit the said chove described parcel of lend is 
sho’m shaded in red.* 


2. That this resolution be entered intc the oinutes ond 
records of the Commission and a certified copy therco” delivered to 
the County Court of Curry County, torether ith a copy of said ex~ 
hibit or man, for ouch getion as sic County Court may deen proper; 
a like certified copy ith map attached delivered to the Publie 
Roads Administration, and o like certified copy of resolution de- 
livered to Collier H. Buffington, ac attomey for the :cjoining 
property ommers. 


The Secretary presented a resolrtion from the Port Orford Chamber of 
Commerce urging the lighvay Commission to mke vronpt cn€ immediate «ctulenent 
of the controversy relatin,, to the right of vay that is needed for the inprove- 
ment of the Orevon Coast High ay across the Orris &na.> preperty in Port Orford 
so that construction vork cua proceed thie sumer rather then in 1942. In this 
connection the Commission discussed it: previous offer of “W,000 to lr. Knapp 
for his »roperty and decided to renew gaic offer; hovever, indie:ted that it 
might ncy “10,500 if thct is absolutely necessary. ilo action ves tal.en by ihe 
Comission on the resolytion. 


Fhe Attorney reported on his investicction of the controversy be- 
tireen the County Court of flemoath County snd certain property o ners with re- 
srect to ommerghip of c sm.J1 parcel of land at the intersection of The Delics~ 
Cclifornie Highway and the Green Springs Hichvay, just out of Klamath Falls. 

Ge recalled that the Klamath County Court mentioned this controversy hen it 
apnesred before the Commission at & previous neeting at which time it 49s cz 
plained th-t the deed by which the county gccuired the property contained a 
‘rowision that the portion that ‘as not utilized for highvay vurposes should 
revert to the original property omers, and the Comission ccc advised ut that 
time that such property omers are no’ endeavoring to csteblish their rights 
to such portion. The Attorney advised that he has cxamined the county's deed 
umd in his opinion the Sormer ovmers do not have the rights under this provi- 
sion tht they think they heve and are not entitled to any of this property un- 
less the Hith*sy Commigsion, “hich is nov the title omer, “ants to relinquish 
it. Tac Commission decided ynanimously to retuin title to the entire arec. 


The Attorney brought up for discussion the claim of lig. J. %, Hughey 
for damaces to hig nroperty at Nyssa, resulting from chance in grade of the 
high ty st this place. He advised that he has investicated this cleim and those 
of others in the some vicinity and is of the opinion that the state is Liuble. 
He recommended settlencnt of the claims on the followinz busiss payment to J. 
“t. Huchey for damage to Lots 19 cnd 20, Mock 149, ‘Jards Addition, $900, lit. 
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of Zig Zag River just above the Ht. Hood Highway, as 2 protection to the high- 
woy. However, it cppears thet ao authority ‘mae secured fron lir. Gilbaugh, sho 
omms the property fronting on the river at this point, to install such breck- 
weter and lir. Gilbeugh is now seeking demages althou wh he is willing to sell 
his property to the state if the Commission prefers to hundle the matt -r in 
that manner. tir. Gilbeugh, he said, will sell his lot fronting on the river 
for 31503; othertise, he wents the cables which connect the concrete blocks 
cut so ag to allow him eccess to the river from his property. The Attorney 
also advised thet this matter hag been presented to the Public Rocd: Admin- 
istration and it is the wich of th:+ department that the state reach a cate 
isfactory settlement ‘ith lr. Gilbeugh. 


In the discussion the question orose whether or not [ir. Gilbaugh 
actually oms the property along the river front «nd whether or not the sta 
would be Liable for damages to other properties if it actnowledced damage 
to ‘ir. Gilbeuch's property. The Commission decided not to settle "ith ‘ir. 
Gilbaugh unless he can prove that ne omms this fronteve, The Attorney “7S 
instructed to discuss the matter agcin with Mr. Gilbeugh. 


The Commission hed under discussion the dvisebility of disposing 
of a portion of the Lend thet “as acquired from 4 iir. Vaughn acjacent to the 
Piller-Trail Secondsry flitr sy, «bout one-huif mile fron Trail, for use in 
connection with 2 forest highvey project et tht place. The Attorney advised 
that tir. Vaughn refused to sell onl the lind needed for the high ur right of 
way and insisted upon the state acquiring his entire holdings; further, that 
the state purchesed the entire farm from te, Vaughn not rithstending that it 
mas not all needed for the hich” improvement, and the question of celling 
a portion of this property comes up ut the present time becauce of an offer 
that has been received to purchese the same. The Encineer adviced that the 
surcestion has been made by Divicion Engineer Lytle that the upland portion 
of this property be sold tut that the lovland along Troil Creek be retcined. 
The Comaisgion deferred definite action on the matter pending investiz: tion 
by the Engineer und the Attorney. 


The Attorney requested instructions relutive to the sale of certein 
stateeo-med property lying bettiecn the old highvay right of ec ane the net 
highway right of vay at Agate Becch. ile said thet, in connection vith the 
acquisition of right of vay for the nev hichvay «t this point, the Commission 
purchased at one pluce all of the 1nd lying bet-een the nev hichvvey location 
and the old highway cnd he has been informed that certain citizens or residents 
of Agate Beuch ‘ish to acquire this crea or @ portion of it on "hich to con 
struet c community hall, althou 4, other citizens «re opposins that proposed 
use and urge that the area be retcined by the stete for lendscenin; anc other 
Like surposes. He recommended that the Commission do not sell this property 
anc that the Commission dedicate the entire area for high=ey and other pub- 
lic purposes, and if some of those purposes involve landscepine work, that 
the Landsespe Engineer be authorized and instructed to develop the some. 
After discussion the Counission 


The Commission by unaninous ywote adopted the folloviny resolution 


10464 


decided not to sell th< property and sc ordered. 
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The Attorney also brought up for discussion the question of making 
deductions from the amounts to be alloved property ommers and the coupensation 
to be made to house novers in instances where the property omer does not give 
the house-moving work to the lov bidder for the seme. He recommended the fol- 
lowing plan for the handling of cases of this kind: 


Scale of Deductions on Ayounts to be 
Paid to Property Umers 


10 per cent of the amount bid on the first $2000,00. 


On bids in excess of $2000.00, 5200.00 plus 5 per 
cent of the amount in excess of $2000.00. 


Scgle of Allowances to be Made te 
House lovers - 


$D,00 to $2000,00, five per cent of the amount bid, 
with o fixed minimum of 415.00, 


42000,00 to $3000,00, $100.00 plus 4 per cent of the 
amount of the bid in excess of $2000.00. 


33000.00 to $5000.00, $140.00 plus 3 per cent of the 
amount of the bid in excess of $3000.00. 


$5000.00 and over, $200,00 plus 2 per cent of the amount 
of the bid in excess of %5000,00, with @ fixed maximum of 


*300..00. 


After discussion the Commission approved the recommendation by unanimous vote. 


The Attorney reported on the stctus of payments by contractors 
Edlefsen~eygandt of rentals collected by them on the Front Avenue Project, 
Portland, He advised that investigation convinces him that the contractors 
acted in entire rood faith in collecting thesc rentals inasmych as they took 
this feature into consideration then meking their bid for the job. Horever, 
the contractor has agreed to turn the emounts collected over to the City of 
Portland as a credit to the city's Front Avenue Project fund. The Commission 
anproved the report; hovever, instructed the Attorney to secure & letter from 
the City of Portland, in order to clear the Comnission's records, giving essur- 
ance that the contractors have turned over to the city alj, such rentals. 


The Commission deferred for the time being consideration of right of 
way matters in Klamath Fells involving subdivision of property omed by lire. 


Hecker. 


The Attonney reported on the demage clain of Hr. Paul Gilbeugh in- 
volving his property at Rhododendron. He advised that about twenty years &g0 
the federal powernment, in connection "ith a forest highvay project, inst iled 
a breakvater, consisting of concrete blocks and cables, along the shore Line 


a 


The location of said ab-ndoned right of wy may be nore definitely 
and particularly ascertained and determined by reference to a ma; 
or blueprint marked Exhibit A attached hereto and by this reference 
mode a part hereof, which said exhibit for identificetion purposes 
bears the sipnetures of F, D, Eason, Division Engineer, H. G. Smith, 
Construction Engineer, and C. 8. McCullough, Assistant State High- 
way Engineer, and is dated April 11, 1941, upon which map or exhibit 
is reflected the above described parcel of land by shoving the same 
shaded in red,* 


2. In the event there remains any chysical connection be- 
tween any portion of said abandoned right of vey or highvay and the 
present highvay, and by reason of such physical connection traffic 
from the existing highway may enter or use the said abandoned right 
of way or highvay to the possible damage or injury of such treffic 
by reagon of any unsafe condition existiny vith respect to said old 
or abandoned road, then the State Highway Engineer is hereby «uthor- 
ized and directed to erect such barricade or other safeguards as may 
be necessary to protect end safeguard traffic using and employing 
said newly located, constructed and dedicated section of said high- 
way. 


3. That the resolution heretofore adopted by this Come 
mission on the seventh day of January, 1936, whieh resolution pre- 
served for public purposes the above described parce] of land along 
with other parcels, is by this resolution amended and modificd in 
so far as said prior resolution affects the real property herein 
described, 


4. That this resolution be entered in the minutes and 
records of the Commission and - certified copy thereof delivered 
to Charles P, Nelson of Nelscott, Oregon, for such use and .ur- 
nose as it may serve. 


The Assistant Attorney brournt up for discussion the clair of Henry 
J. Henze, St. Helens, ror compensetion for the loss of business curine the 
time that his store building ves being moved to accommodate the highsy im- 
provement at this njace, He gave as his oninion that iir, Henze's clair is 
fully justified because he actually as unable to transact any business vhat- 
soever during the foureday period in whieh the building vas beinre soved, end 
tr, Henze estimetes thet his loss is 310,00 per day or @ total of $40.00. He 
reeommended payment of such sum to ilr, Henze as settlement in full for the 
claim. The Commission approved the recommendation and authorized settlement 
with Ir. Henze on such basis. 


t 


fhe Commission adjourned at 12:30 p. m. and reconvened at 2300 p. me 
in the same room ‘vith the same persons present and xarticipating. 


woe 
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abandoning e short section of the Oregon Coast Highway (old route) in the SEj 
of the NEg of Section 22, T. 7 S., R. 11 7., Lincoln County, fronting on the 
Charles P. Nelson property at Nelscott, the Engineer having recommended such 
abendonment because the property is not needed for genere] highway purnoses: 


WHENEAS, in order to af“ord a better alignment and a more 
satisfactory, safe end convenient hichvay for the traveling public 
the Commission found it necessary to relocate a portion of the Ore- 
gon Coost Mighway in Lincoln County; and 


THERCAS, by reason of sajd relocation and reconstruction 
of said section of highvay there "as eliminated and made unneces~ 
sary ag a ort of the permenent highway 4 certain section, which 
section is more specificelly defined and described herein: fter in 
this resolution; and 


THEREAS, it is the judgment und opinion of the Conmis~ 
sion that there should be recorded in the minutes and records of the 
Commission its purpose snd plan to abandon as e part of the said 
highvsy the fragment or portion of right of way heretofore desig- 
nated and “hich was heretofore included within the aree of the right 
of way of said high sy as formerly located but which is now withe 
out the reculer limits of said highimy as relocated. 


HOM, THEREFORE, the premises bejng in general as above 
stated, it hereby is resolved by this Commission, all members being 
present and affirmatively voting as follows: 


1. ‘hat the fragment of lend confined within the crea 
hereinafter described, which fraguent or parcel of real property 
was formerly within the limits of the right of vay of the Oregon 
Coast Highway in the vicinity of Nelscott tut is no longer a part 
of the right of way of said highvey as the game has been relocated 
and constructed be and said parcel of real property is abandoned as 
a part of the right of vay of said high ay, and seid parcel of land 
is, so far «s control and supervision by this Commission is cone 
cerned, eliminated and left to revert to the adjoining and abutting 
property omers. The fragment or perce] of lend affected by this 
resolution is defined and described as follows, to wits 


A parcel of land lying in the Southeast quarter (sez) 
of the lortheast quarter (NE,) of Section 22, Tormship 7, 
South, Range 11 Test, Wi, i», Lincoln County, Oregon; the 
seid percel being all that eortuin portion of the olé aben~ 
doned sixty foot right of wey lying vesterly of 2 line 
feet dictent westerly from and parellel to the reconstructed 
center line of the Oregon Coast Highvay, the beginning and 
ending points of said parcel of lend, with refercnce to the 
Engineer's Stations of the seid reconstructed center line 
being Station 979+57 on the northerly end and Station 
988435 on the southerly end, containing 0,80 acre, more 
or less. 
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good condition, the alignment and crede being door end there being e number 
of sherp vertical curves. He estimated the cost to oil the entire section, 
21 miles in lenzth, and to rebuild the Rainier Hill Section at approxinately 
“140,000. 


Chairman Cabell gave as his understandin;; that there or: t rob 
a under consideration, fir.t the designation end improvement as 2 prinery 

tate highvay of the entire route betrreen Rainier and Corvellis and the other 
the designation and improvement of = short section at the north end, partic- 
ularly betieen Reinier and the junction ~ith the iichaler Hichwey near Vernonia. 
The first of these projects, he explained, tould be wery costly anc is far dis- 
tant because the Commission cannot finence it; however, the maead or smeller 
oroject is more within the limits to which the Highvsy Comission could go and 
the Commission will tive the matter careful study. 


Mr. Wichols also asked the Commission to designate and sp rove 2s ¢ 
state secondary highway the county road «hich extends from Sunset Camp on the 
Tlolf Creek Hichvay to « place know as Treharne on the Nehalem Secondary High- 
way. The Commission took no action on the matter. 


ilir. Re We Villiams, vice-president of the Tlerner Timber Company, 

Taft, Oregon, vas present in regard to the further improvement of the Siletz 
Secondery State Hichway, particularly the northerly section between milepost 
6 cnd milepost.9. He said that if the Hish'my Commission :vill improve this 
section the Verner Timber Company ill contribute tovard the cost thereof the 
sum of $5,000 which amount represents the estimated cost to construct 2 log 
boom in the Siletz River, which the company will heve to build if the high- 
wey is not improved. He urged the improvement of the rod even on a lov stan- 
dard basis so as to facilitate the marketing of timber and to obwinte the ne- 
cessity of an expenditure for the log boom which he seid might be damered dure 
ing high water veriods. The pe aed estimated the cost of con: structing ‘guch 
section, which is 3.8 miles in length, at $115,000. The Commission «; cared 

uworedly inclined toward the Der but deferred a definite decision until 
ite Zastern Oregon trip during the folloving eek when all three Commissioners 
ar. present. fir, “illiams agreed to confirm his orel offer in vritinz 


ir. Williams also asked thct this road be posted for a 20emiles per 
hour speed limit as « saSeruard for truffic. The sr Go approved the re- 
quest subject to the condition thit i!) has legul authority ‘o so »ost the road 
and referred the netter to the Engineer ond the Attofney to handle. It vas 
the order of the Commission that a standard form be prepared covering the mat- 
ter of reducing the speed Limits on state highveys. 


At 3:00 p. m. Chiirmen Cabell announced the follorin: 
tracts for which bids vere received at the morning session, suct 
previously been approved by unanimous vote: 


"ionroceLane County Line Section of ies Territorial Secon 
Hichwey in Benton County. 2.09 miles gradin:, surfacing and oiling. 
E. Le Gutes, Packwood, ashington, eaatin’ the low bid for this 
york, in the amount of 43,469. 50, usinc asphelt, ond i: the amount 


The En;ineer presented the clair of the S.P.&S. Railroad Company for 
644.79 resresenting the cout of repelring o valve in an asphalt tani: car “hich, 
it is alleged, ves damaged by highvay derertment euployees in emptying the car. 
The Engineer advised that the wive ves defective in the firct inst-nce and in 
order to enpty the car it "os negessary for the enployees to make us> of «. blow 
torch to loosen the convealed asphalt around the velve, vhich is stendard »rec- 
tice. He admitted an error in usinc the ble’ torch on 2 defective valve and 
udvised thet hereafter, if the velve on any tani: cor is found to be defective, 
such condition will be reoorted to the reilrocd company und the esnhult ill 
not be unloaded from the car unles.: the railroad company “ill ascwe thc ree 
sronsibility for any damage thst mey occur to the car cs a result of the un- 
loading. He recommended pcyment ef the claim in thic particuler iustence in 
vie. of the fact thet the reilro:.d company ‘as not notified of the defective 
valve. The Commission ap reved the recommendation und likerise the procedure 
to be followed herenfter as outlined by the inyineer, The Mgineer vas instruct- 
ed to so inform the roilroad company by letter. 


A delevetion from Columbie, “leshington end Yamhill Counties was pres- 
ent in regard to the desipnetion end construction of u state hirhvay from the 
tomm of Reinier on the Lower Columbia River Highway to a connection -ith the 
“olf Cree’. Highvwy north of “orest Grove, ond also reouesting the improvement 
of state hichways fro this »ocint to Corvellis in order to faeilitcte the move~ 
ment of troops from the proposed army centonment near Corvallis to Fort Lewis 
in the State of “ashington. Mr. J. ‘1. Michels, Vernonia, hended the group 
“hich included the Colloving: 7. NM. Cravford, Vernonia; "m. Pringle, Sr., and 
J. N. ‘iller, County Commissioners of Columbie. County; "i. Ew Proctor, reoresent- 
inc the Rainier Commercial Club; County Judge ii. D. Kerkman of Washington County, 
ond Jud Greenman, Vernonis. Chairm:n Cebell ndvised thet this is a very costly 
undertakia’ ond the Commission is not in position at the present “ime to make 
any definite stetement in requrd thereto. lir. Proctor suggested thet, if the 
Commission could net sce its vay clenr to vrovide for the entire improvenent, 
it take over end improve as c primary statc highmy, the seetion from ipiary 
to 2 coumection with the Nehalem Secondary Hichvwey near Vernonic. He said that 
this portion geo already been built by WPA forces and is in very good condition 
althour: it needs a litile -ridenin: at certcin points. ie estimated that it 
would cost about $30,000 te brin; it up to state higmey standards. lie added 
that Columbia County is nov reconstructing tae road between Apiary and the Col- 
unbie River Highmy junction. 


Cheirman Cebell advised the status of tho Highway Commission's funds 
and gewe as his thought that it ‘ould be ingiviseble to desijmute this road 4 
state hichway not “hile tae Commission hes no idea “hen it vould have funds ‘ith 
whieh to invrove it. The pe: .cy of the Commission for a long time, he seid, 
has been not to add nev: high: ys to the highway system until the roads now on 
such systen are improved. 


The Engineer advised that the section bet cen the Nehalem Uighvay 
and Aoiery, “hich ha: beey constructed in recent years, contains & crushed 
rock surf ce ‘ith fairly 7ood alignment ond erode. Hovever, the 7.6 mile sec~ 


tion fro: Apiary to the section alresdy oiled on Rainier Hill is not in such 


10470 


The Commission awards this contract to C. J. Dldon at his low bid 
of $22,954.00. 


"DetroiteSouth Santiam Junction Rock Production Project on the 
North Santiam Secondary Highway, in Linn and hiarion Counties. A. 
0. Ekstrom, Portlend, submitted the low bid for this project, in 
the amount of $35,500.00. There was only one other bid for this 
work, being that of the Selem Supply Company, Salem, in the amount 
of $37,547.50. The Commission refers these bids to the Encineer 
with power to evard the contr:ct to the low bidder “hen certain con- 
ditions have been satisfied. 


"Front Avenue, Portland (Clay St.-Sheridan St.) Section of the 
Pacific Highway ‘est, in Multnomah County, 0.44 mile grading nd 
paving and construct tuo subiveys. Bdlefsen-‘eygandt Co,, Portland, 
submitted the low bid for this work, in the amount of $244,940.00. 
Porter ‘I, Yett, Portlend, was second-low, with < bid of $291,827.10. 
There was only one other bid received. The Commission averds this 
contract, to Edlefsen-"leygendt Co., at its low bid of $244,940-00. 


"Independence (B Street-ilonmouth Street) Section of the Indee 
pendence Secondary Highway, in Polk County. 0.47 mile paving. The 
United Contracting Company, Portland, submitted the low bid for this 
project, in the amount of $9,930.50. Varren Horthwest, Inc., Porte 
land, submitted the only other bid, in the amount of “10,356.50. 
The Commission amards this contrect to The United Contracting Come 
nany, at its low bid of 99,930.50. 


"ieadow Brook Section of the Stcrkey Secondary Highvay, in 
Union County. 2.22 miles crading and topying. E. L. Gates, Packe 
100d, ‘lashington, submitted the low bid for this work, in the amount 
of %30,920.50. Wernie Jarl, Gresham, submitted the nextelow bid, in 
the amount of $33,549.00. There were two higher bidders. The Com- 
mission awards this contract to E. L. Gates, at his low bid of 
$30,920.50. 


"Bridge over East Dairy Creek near North Plains on the Tolf 
Creek Highvay, in “lashington County. 100-ft. reinforced concrete 
wiaduet. Frank Wett Construction Company, Portland, submitted the 
lor bid for this work, in the amount of $8,933.00, The second-lo™ 
bid was submitted by Joelson & Amens, The Dalles, in the amount of 
$9,200.00. There were four higher bidders, The Commission avards 
this contract to Frank Watt Construction Co,, at its low bid of 
$8,933.00. 


A delegation from Lane County consistin, of residents clong the Ter- 
ritorial Secondary Highway and including Messrs. T. !!, Johnson, Meurice Johne 
son, Pawl E. Baker and Ash Beiley come before the Commission and asked for the 
oiling of the Territorial Secondary llighvay betveen Elmira and a lace ‘nom 
as Wiper Stetion, approximately eight miles north of Elmire. tir. T. ii. John- 
son headed the group. They elleged that the roadbed is nov in perfect. condi- 
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of - 43,727.50, ucing tar. Coos Bay Dredging Co., iiershfield, submit- 
ted the only other bid for this vork, in the amount of $55,813.05, 
using tar. They did not submit a bid based on the use of asphalt. 
The Commission everds this contract to [. L. Gates, at his lov bid 
of “43,469.50, using asphalt. 


™arrentoneSkipanon Section of the Fort Stevens County Road, 
in Clatsop County. 0.52 mile greding and paving. Porter Tl. Yett, 
Portland, submitted the only bid for this work, in the amount of 
$34,496.50. The Commission avards this contruct to Porter ". ¥ett, 
at his bie of 534,496.50. 


"Bridge over North For! ileconicum River et milepost 7.12 on the 
Wolf Creek Highway, in Clatsop County. JOl-ft. reinforced concrete 
viaduct. Frank, att Construction Co., Portland, submitted the lov 
bid for this work, in the amount of $16,626.00. Babler Bros., Port- 
lend, submitted the next-low bid, in the amount of $17,151.00. There 
were three higher bidders. The Commission awards this bid to Frank 
Natt Construction Company at its low bid of °16,826.00. 


"Kimberly-Simas School Section of the Kimberly-Long Creek Sec~ 
ondary Highway, in Gront County. 5.39 miles grading and surfacing, 
BE, L. Getes, Packvood, ‘'ashington, submitted the low bid for this 
work, in the amount of $27,925.00. Leonard & Slatc, liultnomeh, sub- 
mitted the next-lor and only other bid for this project, in the 
amount of $49,633.00. The Commission awards this contract to E. L. 
Gates, et his low bid of $47,915.00. 


"North Unit, Trights Pointellarrovs Section of the Frenchglen 
Secondary Highay, in Harney County, 5.40 miles grading and top- 
ving. Norris Bros., Seattle, Yashington, submitted the only bid 
for this work, in the amount of $31,492.00. The Commission re- 
jects this bid, end orders the project readvortised, 


larner Summiteliud Creek Section of the Tlarner Secondary liigh- 
vay, in Lake County. 2,84 miles grading ond 6,91 miles surfacing. 
Rogers Construction Co., Dayton, “ashington, submitted the only bid 
for this project, in the amount of $52,961.00. The Commission 
avards this contract to Rogers Construction Co., at their bid of 
$ 52,961.00, 


"fisher Road-Oak Hill Section of the Bugene~Swisshome Second- 
ary Highway, in Lane County. 1.26 miles grading, surfacing and 
oiling. No bids were received for this project. 


"Bridge over [lillport Slough near Kernvijle on the Oregon Coast, 
Highway, in Lincoln County. 210eft. composite pile trestle. C. J. 
Eldon, Portjand, Oregon, submitted the low bid for this work, in the 
amount of 222,954.00. J. F. Johnston, Newberg, submitted the second- 
low bid, in the amount of $23,454.00. There were four higher bidders. 
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the project for next year's construction, the work to be paid for vith state 
funds. The Enzineer was authorized to contract the vork this ‘inter. 


Sudce Kirk requested the improvement of the ‘Jasco County portion of 
this road. He was informed by Chairman Cabell that this project has never 
been included in any state hicghwy construction program so the Commission is 
not in position to state today definitely whether or not it will epprove it; 
horever, it will be given due consideration in the formalaticn of the next 
program. 


The Wasco County Court then asked for the surfccing and oiling of 
the Chenoweth Creek County Road from the end of the section heretofore com- 
pleted to the junction “ith the Brown Creek Road, a distance of aboyt onec- 
half mile. Request was also made for the oiling of the Fifteenmile Creek Road, 
beginning at. the end of the section that was oiled last year and extending to 
a place inom as Fairbonks, a distance of about four and one-quarter miles. 

A third project requested was the oiling of the [ill Creck County Road for a 
distance of about eight miles southvest of The Dalles when the county has come 
pleted certain grading and bridge-construction work. 


The County Court vas informed thet the [1i11 Creek Road is not on the 
federal aid secondary highvay system, but, the Commission "dill consider the in- 
provement of the same “hen the county ericine and bridge vork is finished, 
Sudge Kirk stated thet, while they ‘ould like to have the Fifteenmile Greek Road 
completed, he did not believe it cdviseble for the state to do any vorl. on 
this road until investigatjon has been made of the Kuykendal Hill Road. He 
asked the Commission to make a traffic count of tvo or three weeks’ duration 
on the Fifteenmile Creel: Road and on the Kuyendal Hill Road vhich ~ill help 
the county considerably in determining which road should be improved. He said 
the county vould pay the cost of sucii count. ‘The Commission apnroved the re- 
quest and instructed the Engineer to provide the county vith « man to perform 
this function. The Commission informed the county court that it would take 
under advisement for construction in next year's construction progren its re- 
quest for the Chenoweth Creel: road «nd the Pifteenmile Cree). Road improvement 
which, in the nind of the Commission, shouid be constructed under one contract. 


The County Court then ssked the Commission for authority to secure 
surfacing rock from the state's quarry located ct c place knom as Craigs 
Point, vest of The Dalles, the material to be used in connection with certain 
county road construction. The Comaission ap yyoved the request. 


Wr. Paul Farrens, Associate Counsel] for the Southern Pacific Company, 
conferred in regard to matters pertaining to construction of a railrouc gerade 
gevaration structure on the EugeneeSwisshome Secondary State Highvay. He gave 
as his understandin:; that the Commission's plens for this structure provide 
for only one railroad track, whereas the railroad company has plens for doublee 
tracking at this location, perticularly if the United Stetes Army Cantonment 
is located in this district, and vould like to have provision made in the plans 
for the structure to take care of the additionel track. He further stated 
that the railroad company is making no charge for the highway ri ht of way 
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tion to receive an oil treatment and submitted figure: showing the resuits of 

a treffic count teken during the 12-hour period from 6:00 @. ms to 6300 p, nm. 
on June 23, June 30 and July 9 as 159 cars, 150 coors and 190 cars, respectively, 
They pave as their thoucht that the volume of treffic that uces the road justi- 
fied the expense ef the oiling vork. Chairman Cabell edvised that the Commis- 
sion has it in mind to construct additionel improvements on the Territorial 
Seeondsry Highvay but hag not decided as yet the porticuler section to do and 
rrould be «ind to have their ideas on ouch; further, thct the Commission will 

be leased to consider their project along with to or three others for the 
moneys thot the Commission has available for expenditure on this highray, but 
the Commission is not in position t» make any further stutements in regard there- 
to at this time, 


Mayor J, 4. “ithers, Scio, eame before the Commission and asked for 
repairs to the main strect. in this tom, ‘hich he said is being broken up bade 
ly by log Raulin: traffic. He advised thet the city is financielly unable to 
do the vork cnd if the State Hishvay Depcrtment til not as-ume the obligetion, 
the street “ill simely have to stay in disrepair. He was informed by Chairman 
Cebehl that the Commiscion recognizes that is has « responsibility to maintain 
certain city streets that arc being broken up by log hauling traffic, and, oce 
cordingly, is endeavoring to ‘ork out « formula to apply to each individual 
case. Tne Encineer advised that the conditions in Scio heve been inve itigated 
vy Division Engineer Eason who estimates that it "ill cost cbout $2,800 to ree 
pair the damage already done and about $175 per yeer for meintenance. ije suge 
weste@ thet the Comission authorize an expenditure to do such patching vork 
ae ig necessary ot this time end an additional expenditure to maintain the 
strect until the first of next year. The Commission approved the sugvestion 
and ordered that the matter be covered by written agreement between the city 
40a the stote, 


Mayor Tithers also asked the Commission to oil the shoulders full 
tidth bet’cen curbs clon> 2 trosblock section of the Santiam Highvay where the 
city is installing e storm sever, The Commiseion took no definite actlon on 
this matter; hovever, instructed the Engineer to secure an estimate of cost to 
do this extra vork, the idea being thrt the Commission mizht authorize the 
work done if the city will vay the costs involved, 


A delezation from “'asco and Sherman Counties cume before the Comnis- 
sion in regard to several secondary stote nichvay improvements. County Judge 
George A. Potter, Sherman County, headed the group thich included County Com- 
missioner J. ‘i. "ilson of Sherman County; County Judge J. B. Kirk and County 
Commissioner Mace Fulton of ‘lesco Counts; and County Engineer Christ Paucrso 
of ‘Inseo County. Judge Potter acked for the improvement of the Sherars Bridge 
Secondary State dighvay easterly from the "acco County line, o distanee of 
about. to and one-quarter miles, The Enzinecr advised that this project was 
approved by the Commission at one time for federal sid secondary highway funds 
end the sum of $15,000 vas tudcgeted for the same; however, the project ms not 
approved by the Public Roads Administration so the money "3s reallocated to ane 
other project, and the improvement is nov scheduled to be done next year as a 
state-~fjnanced project. In view of the circumstances the Commission sp roved 


discussion it wes agreed that a strict court rulinz in the matter should be 
obtained. he Commission referred the matter to its Attorney to secure such 
ruling. 


Mr. Buffington also brought up for diseussion the Orris Knapp right 
of rmy matter at Port Orford. He said that the people of Port Orford sre quite 
concerned about a rumor to the effect that if a satisfactory settlement with 
‘ir. Knapn cannot be reached, the hizhvay will be rerouted to bypass tle torm 
of Port Orford, to which location the people are very much op osed, In view 
of the circumstances, he said, Hr. Knap» is now willing to reduce his price 
to $10,500, “hich is only $500 more then the Commission's originai offer. He 
also said that this is Mr. Knapp's final ficure and thet he vil? t suhnit to 
any further OCR EURO The Commission took the offer under .¢visenent for 
wets ion when all three Commissioners are present on their trip to Eastern 
Oreson the follo'ting week. 


A delegation from the Parkrose Chamber of Commerce consistin; of 
Nessrs, A. E. Papineau, Chairman of the ilighvay Committee, Herry Pearce, Chair- 
man of School District Mo. 3, anc Harry Coszrove, conferred -rith the Commis- 
sion in regard to the follotring metters: (1) Investi.ction of traf ic condi- 
tions at the intersection of Sandy Bonlevard vith 89th Avenue, . o. Columbis 
Boulevard, and 105th Avenue. They requested the installation of stop and go 
simals at such pointe end recellied that the Commission at one time told them 
thst the matter vould be investigated. The Engincer edvised th t the tr:ffic 
en;ineer's report on this »roject is not as yet ready to present to the Corl 
mission. (2) ‘idening of Sandy Boulevard for four lanes of tr.f"ic het:/een 
the Portland city limits at 82nd Avcnne and 122nd Avenue. The Enrineer -dvised 
that his report on this subject has been prepared and that he erpects to nre- 
sent it to the Commission on the follovin, day. (See ahead for report on next 
day.) (3) Construction of conerete curbs and sidevelks along Sandy Boulevard. 
The delegation was informed that this matter has not been decided by the Com- 
mission byt ‘ill be given consideration. (4) Oiling of the shoulders adjecent 
to the present pavement bet een S2ncd Avenue and 122nd Avenue, if the Commis- 
sion cannot see its way clear to do the videnin” work this year. The Commis- 
sion took no action on this matter. 


Messrs. 7. He Limch, District Engineer, ond H. D. Firmer, Senior 
Highway Engineer, of the Public Roads Administration, were present and dise 
cussed vith the Comaission the bids received by ifr. Lynch for the construction 
of the Cascade Lakes Forest flichway Project vest of Bend. Jir. Lynch advised 
thet the lor bid received is -bout %2,500 in excess of the enornt  wadgeted for 
the vork, so it would not be possible to award the contrect unless the Hichvay 
Comaigsion vould agree to contribute the extra umount needed, “hich ould make 
the state's contribution tovwerd the project $42,500. The Commission :rreed to 
assume this extra exoense and therenpol. signed an arsreement with i'r. Lynch 
coverjin= the matter. 


Mr. Lynch the: brought up for discussion the matter of revising the 
1941 forest hichvey orogram in vie of the $1 “hepa decresse in the fecerc] 
appropriation. He pointed out that prices are increasing and thet the cost 
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across its holdings, end in vie’ thereof the company officials believe thet their 
request that provision be mcie for the double truck js reasonable and justified, 


The Engineer advised thet the double-track feature “es considered in 
the design of the structure but wes disregarded because indications were that 
the second trac!: would not be built for o long time, and he wanted to avoid 
the extra exnense as long as vossible. He sugsested that no change be made 
in the plans at the present time and pointe? out thet when necesscry to make 
such vrowision it could be ecsily done by extending the original structure about 
50 feet. After considerable discussion it tas decided that the Highvay Commis- 
sion should enter into a “ritten agreement vith the reilroad company providing 
that the Commission will recommend to the Public Roads Administration an expend- 
iture of federal funds to finance the second track then that becomes necessary, 
and the Highway Commission will pay the cost of extending the origins! ctruc~ 
ture et that time if the federal funds are available with which to finance the 
vork. 


Mr, J. Driskell, Brookins, cnd hic Attorney, lr. Collier H. Buffing~ 
ton, Gold Beach, vere present nd discus-ed ‘ith the Commission ir. Driskell’s 
claim for demeces arisinc out of the reconstruction of the Oregon Coast Hichway 
in front of his hotel property in Brookings. Mr. Buffington presented the casc. 
He alleced thet before the hich ay tms reconstructed tir. Driskell’s hotel as 
on 2 level with the highvay; whereas, it is nov about six feet belot the high- 
way grade, the highvay bein: roconstructed on a fill at this point, and Mr. 
Driskell hes been seriously damaged thereby. He further stated thet Mr. Dris- 
kell has ommed this property since 1915; that he had rirhts at thet time to the 
center of the street and in his estimation still hes such rights, notvithstand- 
ing thet the tom "ac re latted in 1920, because he did not concur in the re~ 
platting. He further advised that, because of the highvay improvement, lir. 
Driskell has been forced to abandon his store business and has taken other 
losses and has been put to considerable exoense in revising his focilities. 

He arked the Commission to raise lir, Driskell's hotic) to a level with the high~ 
may ond to reimturse him for expenses ineurred to dete, totaling $2,255.40. 

If the Commission prefers, he added, Mr. Driskell will arrange for the raising 
of the hotel building himself if the Commission will pay for the work. 


He also asked the Commission to reset a certain fire hydrant at the 
Mill Street intersection which is at the corner of iir. Driskeli's property. 
He exhibited pictures showing existing conditions. 


The Commission's Attorney advised that the Commission is not lecally 
liable in this case because no land was teken from lit. Driskell for the high~ 
way improvement. Chairman Cabell advised that the money thet the Highwey Com- 
mission spends is public moncy and must be spent in conformance ith legal re- 
quirements; also that it is his understanding of the lc: that where there is 
mo tokine of land" the Hizhvay Commission is under no obligation to pay dan- 
ages, lr. Buffington contended that there was a "taking of land", prrticuler~ 
ly in a certain alley. He suggested that the question of legality be decided 
either by an crreement of facts or by a declaratory judgment. Commissioner 
Clough stated his preference for a decision by the court, inasmuch as the Come 
mission must have ample justification for payment of any claim. After further 
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near the Santiem Hichvay junction in Albany. ‘ir. Sox tas spokesman, He said 
that lr. Gilchrist sold to the state a strip of land across the front of hig 
property which land he understood was to be used as right of vay for « con- 
nection betieen the Pacific Highvay and the Santjam Hishvay ani that the plan 
of the highway improvement that tas shorm to him at the time so indicated and 
he was led to believe that the connection ‘ould be constructed at the same 
time that the new Pacific Highway in Albany was built; however, the connece 
tion vas not built, and he nor understands that the Commission does not in~- 
tend to build it for a number of years. lir. Gilchrist, he seid, is negoti- 
ating a lease for his property but vill not *e able to close the deal unless 
the Highvey Commission will allow the use of e portion of the right of way for 
business purposes, the property line beins about 30 feet distant from the 
Pacific Hichvay at this point. fir. Giichrist's property, he cdded, is business, 
income-bearing property anc the use of the 30-foot strip is vit<l to tne proe 
per use of the game. 


The Engineer advised that the plans for the hightay improvement were 
not changed, that it “as not intended to construct the connection referred to 
by lir. Sox at the same time that the nev Pacific Highvay vas built, and that 
the only reason the rivht of vay for the connection vas acquired vas to have 
it avellable at such line as the Commission deemed it advisabic to construct 
the connection, He pointed out that it is strictly contrary to the estcblished 
nolicy of the Commigsion to sllow the use of any vortion of highway richt of 
way for private purnoses and recomended to the Commission that it adhere to 
guch policy in the present instance. He su. :ested, hovever, that ir. Gil- 
christ's problem could be solved by constructing 2 drivevay vith cntrance and 
exit features permitting access to the highwey fro ir. Gilchrist's prenises 
and that guch drivevey be criveled and oiled and outlined vith curbs anc with 
svpropriate landscgpin: between the drive ay and the highvay, such arr-nge- 
ment to be in effect until the Highway Commission needs the use of the prop- 
erty and to be covered by "ritten agreoment between the parties concerned. 
After considerable discussion the Commission tentatively upvroved the Engine 
eer's suggestion and instructed him to prepare an appropriate >lan in conform- 
ity therewith and submit the same to iir, Gilchrist for his cpproval and to 
discuss with his prosnective tenants. 


The Honorable Curl fr ncis, fiayor of Beyton, Oreron, anc ir. Floyd 
Villert, Chairman of the Highvey Committee of the Dayton Chamber of Commerce, 
appeared before the Commission ii repard to the amity-Dayton Secondary iHigh- 
way. They asked for the gener] improvement of this road, includin’ elimi- 
nation of curves and idenin, :nd the elimination of the railroad grade cross- 
inz near Deyton where accidents frequently occur, They deciared that this 
road carries «n enormous volume of treffic and the people of the uoner Tille- 
mette Valley toward Corvallis cre p rticul<rly enxious to have the road re- 
built to modern st:ndurds, because it i] not onl» provide for rreeter trcf- 
fic safety, mt “ill also reduce the drivin: tine considerably betreen Cor- 
vallis and Portland. Chsirman Cabel] advised th: t the Commission «ppr-ciates 
that the Amity-Dayton Highway will afford « shorter route to Portlen thon is 
evailable via the present hishvay through licliinnville and ultimately wili cerry 
much more traffic thun it aoes today; however the Commission his received many 
requests for similar highvay inorovenents throuhout the state and in order 
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of vrojects are overruining the estimates, anc baged on the nev conditjons, 
the Port Orford Project on the Oregon Coast Hivzhvay is now estimated to cost 
$170,000 compcred to an original estimted cost of 139,000, He sugested 
that it micht be advisable, in vier of the desirability of this project and 
the fact thot the right of vay situation is nearly clirified, to reinstate 
this project in the program ‘hich vould mean trensferring $70,000 of forest 
highvay funds from some other project that could be postnoned for the time 
being. After discussion the Commission ap-roved the sugcestion, and it wes 
decided to secure the $70,000, needed, from the proposed “apinitie Hichvay in- 
provement for which $115,000 had previously been approved jn the 1941 f orest 
highway progrem, It was also decided to transfer $35,000 from the amcunt re~ 
maining in the Tlepinitde Highwey Project to finance a 7emile clearing project 
on the Yarm Sprincs Hichvay in view of the fact that this highway is © port of 
the stratecic higzhvay systen. 


The Klamath Palls-Lekeview Forest Highway Project ‘as also consid- 
ered in the previous discussion, The members of the Commission expressed their 
preference to retain this project in the current program becayse of the poor 
condition of the existing road and the Commission's statement to the people 
of the loca] community to the effect that the vork would be done nt the earli- 
est possible time. hr. Lymch advised that the remaining section is 5.2 miles 
in length and to grade, surfice and construct a bituminous macadem surfsce 
thereon would cost $190,000, of “hich $100,000 is available in the forest high- 
may program. After discussion the Commission considered it advisable to com- 
plete this section and thereupon authorized an expenditure of state funds in 
the amount of $90,000 to take up the deficiency, It wes understood thet the 
above arrangements voujd not be effective unless and yntil anproved by Commise 
sioner Oliver. 


ir. Lynch then asked the Commission to set. o date for a conference 
among the Highway Commission, Public Roads Administration, and United States 
Forest Service to provide a program for the 1942 forest highvay funds. The 
Commission decided to hold a special meeting for such purpose on Thursday, Aug- 
ust 14, 1942, in Portland. It "ms also decided to receive bids at thet time 
for such projects as could be prencared,in the meantime, for contracting, in- 
cluding the reconctruction of the Middle Unit of the Crabtree Corner-Lebanon 
Section of the Santiam Highway, in Linn County, consisting of 3.2 miles gerade 
ttidening and peving. 


The Commission adjourned at §:45 p. m, to reconvene on the following 
morning in the seme roon. 


Portland, Oregon, July 18, 1941 


The State Hichway Coumission reconwened at 9:00 g. m. in the oudi- 
torium of the Public Service Building vith the same persons present and nar- 
ticipating. 


Mr. Tom Gilchrist, Albany, and his attorney, fir. Edvard 1, Sox, ape 
peared before the Commission in regard to access to the hichway from lir. Gil- 
christ's property which is located on the east side of the Pacific Hichway East 
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of the pavement is caused by heavy truck hauling, Tir, “illiams recommends 
} he said, that the Highvay Commissio: cooperate with the compuny in the recon- 
struction of this street on the follovring basis: the railro:d company to in~ 
stall nev ties, ballast, and place 2 guardrail throughout the length of Nain 
Street; the state to pave the area ‘ith threeeinch plant mix pavement at an 
estinated total cost of $4,900. The Commission apvroved the arrangement sub- 
ject to the condition that the city of Milton will take necessary action to 
relieve the company from its fronchise obligation. The Commission ordered the 
matter covered by written agreement with the city. 


snes 


“jw 


The Engineer presented a blueprint graph showing geners1 maintenance 
expenditures on the primary highway system during 1941 to date, He called 
attention to the fact that the expenditures are slightly overrunning the anounts 
budgeted for this purpose and explained thut this is accounted for by the gen- 
eral increase in traffic volume and log hauling, He also presented «. graph 
shoving maintenance exnenditures on the secondary highway system, shoving that 
expenditures this year to date are considerably less than the amounts budgeted 
for such purpose. The Commission approved the reports and ordered them filed. 


A CANE, 2 


ie 


The Engineer presented e report on the alternate routes available 
as a connection bet*rean the olf Creek Highway and the Mehalem Secondary High- 
way, includine the Elsie-Jevell route heretofore under consideration. The 
matter vas discussed briefly but definite action vas deferred until the D-st- 
ern Oregon trip when all Comnissioners are present. 


A delegation fron liclinnville, headed by Honornble Dugene !'ersh and 
including Mayor R, H. “lindishar, County Judge ‘Im. 0. Powell and Count; Commis- 
sioners Harry F. tHlliems end Thomas Grenfell, Ii. ii. McGuire, Earl Surock, I. 
M. Hammond, E. V. Blair, L. ii. Langaman, C. B. Hansard, !:. J. Crebtrec, IJ. A. 
Cramer, Fred . Hutchcroft, Gerdner Carey, Chas. B. Odell, ‘!. £. ‘leyth, Jack 
B, Bladine, Bob Golhmer and Steve Shenck came before the Commission in regard 
to the designation of Third Street (liain Street) as a stite secondary highway 
and designation as a state secondary highvay of the old west side Pacific 
Highway route which extends along Lafayette Avenue to a connection with the 
present highway north of liclinnwille. lr. Marsh rec: led that the Hichway 
Commission ebandoned these tio sections as a part of the state highway system 
when it rebuilt the highvay north of Lichiinnville alon an extension of Baker 
Street and the city and the county at that time accepted responsibility for 
the maintenance of these sections. However, the Lufayette Avenue rocd is in 
bad state of repairs, and the county dves not have funds with which to finance 
improvements, hence their request that this road be placed on the state second- 
ary system ond that the state assume the maintenance responsibility. lir. Marsh 
also recalled that then the ‘Vicllinnville delegation appeared before the Comnis- 
sion some time ago and requested that the !cilinnville-Dayton Seconiar; High- 
way (Three Mile Lane) be extended and routed along Third Street, the Commis- 
sion decided that it would be jnadvisable to so designcte this street until 
it is nom definitely whcther or not Third Street is the proper street route, 
as there vas some thought that one of the streets south of Third Street micht 
be mcre suitable. He asked the Commission to take action on the matter at 
this time because the street is in need of repair. 
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to treat these requests fairly must take them up in the orcer of their priority. 
He expressed regrets that the Commission would not be able to lend any encour- 
agement to the reconstruction of this road in the near future. 


Messrs. Amedee Smith and Jay Bowerman, Portland, came before the Com- 
mission in regard to the Juanita Starr property situate between Horsetail Falls 
and Dodson, Multnomgh County, a portion of which property is needed as right 
of vay for the new Columbie Gorge Highway. Mr. Smith was spokesman. He asked 
the Commission to revise its plans for the highway so thet it would not be 
necessary to take ilrs. Starr's Columbia River frontage. He gave as his thought 
that the chance could be made very easily without adversely effectin; the high- 
way alignment or increasing the cost of construction, The Engineer advised that 
the adopted location has been given careful consideration and was selected be~ 
cause it appeared best from all standpoints, including the crossing of the rail~ 
road, fir, Smith disputed the Engineer's judgment in the matter. A lengthy 
discussion followed which as concluded by a statement from Cheirman Cabell in 
effect that the Highway Commission is being urged to alter its plans that have 
been given very careful study by the Engineer, and to insert an extra kink in 
the highway simply to preserve a prospective industrial site for individual 
gein, He also said that the Commission ill consider the arguments presented 
although in his opinion it vould be inadvisable to make any change in the ap- 
proved plans. 


The Engineer presented a request from Salem Lodge No. 4 A.F.& A, li. 
to vlace signs on certain state highways in the vicinity of Salem, directing 
members of the lodge to a special meeting which is to be held in the Eola Hills 
district, eleven miles west of Salem on august 9, 1941. He advised that accord- 
ing to the Attorney the Commission has legal authority to grant such request 
if it so desires. The Commission approved the request. 


The Engineer reported the result of investigations by Division Engi- 
neer K. D, Lytle in regard to the request of the South Umpqua Telephone Come 
pany for the moving of some of its poles on the Tiller-Trail Highway to accom 
modate the improvement of the Deer Creek~"Irights Ranch Section. He read aloud 
llr. Lytle's report on this subject (See letter dated June 30, 1941, directed 
to H. G. Smith, Construction Engineer) in vthich Mr. Lytle recommends payment 
to the company of $3.00 per pole for moving 45 poles which are located 20 feet 
or more from the centerline of the old road and 25.00 for each of 7 poles that 
are needed to suspend wires that are now fastened to trees. The Engineer ad- 
vised that he concurs in the recommendation. After discussion the Commission 
approved the recommendation unanimously subject to the condition that the ar-~ 
rangement shall not extend beyond the limits of the present highway contract. 


A supplemental report was rendered by the Engineer on the matter 
of maintaining that portion of the state highway in Milton that is occupied 
by the car tracks of the Talla alla Traction Company. He recalled that the 
Commission, at a previous meeting ordered an investigation of the railroad 
company’s franchise to ascertain whether or not the company is obligated to 
pay the cost of the peving ‘ork. He read aloud a report from Division En- 
gineer "jlliams who advises that the company's franchise provides that 
the company shall maintain this pavement. However, in his opinion it is 
rether an unfair burden on the company because it operates trains over 
the track only at infrequent intervals and because most of the breakage 
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The Engineer reported on the cost to reconstruct Sandy Boulevard, 
Portland, between 82nd Avenue and 108th Avenue for four lanes of traffic as 
has been requested by the Parkrose Chamber of Commerce, He estimated the cost 
of paving between these points at $40,000, and oiling work between 108th Ave- 
nue and 122nd Avenue at approximately 43,500. He recommended the improvement 
for construction in 1942 and requested authority to make a detailed survey of 
the project at this time, The Commission tentatively approved the plans as 
outlined and definitely authorized the survey as requested. 


Mrs. John Thomson, Nyssa, was present and registered a complaint for 
damages to her property at Nyssa which she says has been rendered valueless by 
reason of the new highway construction at such place, She explained that she 
conducts a service station and camp ground adjacent to the highway and previ- 
ously enjoyed good bysiness, but the new highway has been constructed several 
feet above the old road in front of her premises and as a result this business 
is lost to her and unless something is done to correct the situation she will 
lose some ‘j15,000 that she has invested in the property. She demanded the 
restoration of her property to its former condition or the payment of damages 
to cover her losses, 


The Attorney advised that no land was taken from Mrs. Thomson for 
the highway improvement; furthermore, the improvement did not involve any 
change in the established grade line, so unless there are other extenuating 
circumstances that he is not aware of the Commission has no liability in the 
matter, The matter was referred by the Commission to the Attorney to make 
further investigation. 


A delegation from Roseburg headed by Mr. M,. L. Hallmark, attorney, 
and including the following men who are engaged in log hauling: Nobel Stand- 
ley, R. A. Briggs, Charles Barrows, and R. A. Jeub, representative of the 
Smith Wood-Products Company of Coquille, was present and asked the Commission 
to modify its requirement with respect to log hauling on the Coos Bay-Roseburg 
Highway so as to permit such operations during hours of darkness, starting at 
midnight and ending at sundown, iir. Collier H. Buffington, attorney, Gold 
Beach, was also present in behalf of the loggers of his district and entered 
into the discussion, Mr. Hallmark was spokesman. He said that Messrs. Briggs, 
Barrows and Standley deliver their logs to the Smith Wood-Products Company at 
Coquille, that the company has large orders to fill for defense purposes as 
well as for other purposes and in order to avoid closing down the mill they 
must utilize every hour of available time and even under the best conditions 
they have difficulty in supplying the mill with the logs that it requires. 
Further, that due to the fact that the hauling roads in the woods are practi- 
cally impassable during the winter season it is necessary for them to extend 
their efforts during the swumer season;otherwise the mill will have to discon- 
tinue operation during the winter months, He declared that an emergency ex- 
ists due to unusual and adverse weather conditions which prevailed during the 
early part of the summer which prevented operations in the woods, and as a 
consequence the mill is having a hard time to keep in operation. If these 
men, he said, were allowed to haul logs over the state highway during certain 
hours of darkness it would help out tremendously and would assure the contin- 
ued operation of the mill. He urged favorable consideration of the request. 
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Judge Powell confirmed Ilr. ilarsh's statement with respect to the oid 
highvay along Lafayette Avenue. He said that the county does not have the equip- 
ment available to properly maintain the road which is in very bad condition and 
would appreciate the state assuming this responsibility. He urged the Commis- 
sion to place the road on the state secondary highvay system. He also asked 
the Commission to place Third Street on such system for state maintenance, 

Mayor Windishar also spoke in behalf of such designations. 


Chairman Cabell gave as his thought that it is proper to route sece 
ondary state highways into business districts of cities and tovms because they 
are primarily farm to market roads and are used mostly by people who live near 
by and tho particularly vant to reach the business district. He further stated 
that the Commission is in accord thct the two desicnations requested by the dele- 
gation should be made; however, in order to meet the legal requirements the re- 
quest should come from the county by formal resolutions and action must be 
taken by the Commission when all three members are present, so as to meet the 
legai requirements. He added that if Yamhill County Court will present such 
formal resolutions the Commission \rill be pleased to consider them on its trip 
into eastern Oregon next veek, when it is expected that the three Commission- 
ers will be together, Commissioner Clough approved Chairman Cabell's remarks. 
The Engineer vas thereupon authorized and instructed to take over the mainten- 
ance of both sections immediately and to place them in good state of repair. 


Mr. Marsh also asked the Commission to :riden the Baker Street Sete 
tion of the Pacific Hichvay "est, south of Third Street, particularly at the 
bridge near the hospital and Linfield College, near the south city limits. 
Mayor Vindishar suggested a possible rerouting back of the hospital. After 
discussion the Commission instructed the Engineer to make e complete survey 
of the project and report his findings to the Commission, including estimate 
of cost to do the work. He vas instructed to cont:ct Mayor Tindishar rela~ 
tive to the possible line at the back of the hospital so that this feature 
might be included in the report. 


tir. E, H. Lindsey, County Commissioner of Tillamook County, came 
before the Commission in behalf of the Tillamook County Court with respect 
to the “ilson River Highway WPA Project. He said that the court is very 
much concerned about the progress that is being msde on this highway and is 
fearful that the highvay will not be available for general public use this 
fall as planned because, according to Superintendent McIntyre, there is a 
shortage of WPA labor. He asi:ed the Highvay Commission to do that it can to 
assist in securing more labor for this job. Chairman Cabell adwived thet he 
plans to inspect this highwey on the folloving Monday, to secure first-hand 
information and assured Mr. Lindsey thet the Commission will do what it can 
to expedite the ork, 


Mr. Lindsey then brought up for discussion the matter of construct- 
ing the connecting link betveen the Tilson River Highvay and the olf Creek 
Hichway, east of Glenvood. Chairman Cabell advised that the Commission has 
no statement to make concerning this project except that it wants to study the 
traffic conditions on the present constructed routes before it makes a commit- 
ment rith respect to the connection between the tro highveys. 
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favorably with the appraised value of the property. The Commission agreed to 
inspect the property the next time it is in that vicinity, 


Messrs. Howard Merriam, President of the Pacific Highway Associa- 
tion, Fred Brenne, Secretary of the Eugene Chamber of Commerce, and Earl 
Reynolds, Manager of the Klamath County Chamber of Commerce, were present. F 
Mr, Merriam presented a lettor from the Cascade Lakes Protective Association, ‘ 
Klaiath County Chamber of Commerce, and the Eugene Chamber of Commerce unani- 
a mously endorsing the strategic military highway bill now before Congress, and 
4 expressing confidence in the Oregon State Highway Commission and the Public 
Roads Administration in the allocation and expenditure of the funds therein 
provided, The Commission accepted the letter with thanks. 
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Paul B. Rynning, County Engineer of Jackson County, appeared before 
the Commission in behalf of the Jackson County Court and the Jackson County 
; Chamber of Commerce in regard to the closing of a portion of the Sams Valley 
a Secondary State Highway to public use as a temporary proposition in order to 
Sy accommodate the proposed Medford army cantonment, The State Highway Engineer 
iy advised that according to information received from Captain Theron W, Bean, 
e| Instructing Quartermaster for the War Department, the training of the men at 
this cantonment includes target practice with long-range guns which will fire 
across a section of this road between milepost 9,41 and milepost 14.91; that 
the target practice and maneuvers will.be carried on continuously for six 
days each week, and that 15,000 men will be constantly crossing the highway 
with war equipment. Furthermore, unless this section of the road is closed 
for travel, the plans for the establishment of a cantonment at this place 
% would have to be abandoned. He recommended the temporary closing of the Sams 
i Valley Road within the limits of the cantonment, provided local citizens af- 
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fected do not object, and provided further that the United StatesArmy will 
provide funds with which to finance the construction of an adequate bypass 
connecting the Pacific Highway with the Crater Lake Highway along the south 
boundary of the cantonment area, and provided further that when the canton- 
ment is discontinued the army will pay for the reconditioning of the Sams 
Valley Road and will permit it to be restored to general public use. After 
discussion the Commission approved the closing of this road as a temporary, 
emergency proposition under the conditions recommended by the Engineer. The 
Engineer was thereupon instructed to contact the county courts of Jackson and 
Josephine Counties relative thereto and to write Captain Bean outlining the 
Commission's action, such letter, however, is not to be mailed to Captain 
Bean until it has been approved by the Commission. 
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The Commission adjourned at 12:30 p. m. and reconvened at 2:00 p.m. 
in the same room with the same persons present and participating. 


Messrs, Paul Farrens and Alfred Hampson, counsels for the Southern 
Pacific Company, and iir. George Fair, engineer for the company, came before 
the Comission in regard to controversial items in the agreement between the 
company and the state covering the reconstruction of the Pacific Highway East 
between Eugene and Springfield which involves relocation of the railroad, Ur. 
Farrens was principal spokesman for the company, The following matters were 
discussed: replacement of ties, right of way adjustment, and provision for 
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Mr. Jeub confirmed ir, Hallmark's remarks and added that unless the 
supply of logs to the mill is augmented somehow the mill will have to close 
down within sixty days, He pointed out that there is a serious shortage of 
logs and also of trucks, in fact it is absolutely impossible to obtain new 
trucks within a reafonable length of time, His company, he said, would be 
very glad to purchase the trucks if they were obtainable, but inquiry reveals 
that that is impossible. He also urged the Commission to authorize the haul- 
ing of logs between midnight and dusk. Mr. Jeub also offered objections to the 
weighing of all logging trucks at state scales. It was his thought that such 
procedure is unnecessary and only serves to delay delivery of logs. Mr. Stand- 
ley asked the Commission to authorize Saturday afternoon hauling of logs as 
well as during the period of darkness. 


ur. Buffington stated that he represents the Port Orford Lumber Com- 
pany which is experiencing the same difficulty as the Smith Wood-Products Com- 
pany of Coquille, and it would like very much to have the privilege of night 
hauling of logs extended to their operations. He alleged that the safest time 
for traveling on the highway is between midnight and daybreak, and gave as his 
thought that the granting of this privilege would not endanger or inconvenience 
other highway traffic; however, the discontinuance of operations at dusk should 
be very strictly observed. He questioned the advisability of authorizing the 
hauling of logs on Saturday afternoons except in emergency cases, 


Mr. Hallmark suggested that if the Commission could not see its way 
clear to grant this request as a continuous operation it might do so as a tem- ( 
porary proposition for the current season only. He assured the Commission that 
the loggers would obey the laws and rules in all respects. 


Chairman Cabell concluded the discussion by stating that the Commis- 
sion would give this matter very careful consideration and would make a deci- 
sion as soon as possible, in fact would endeavor to reach a decision on its 
trip into eastern Oregon the following week when all Commissioners will be 
present. 


Mr. Earl Reynolds, anager of the Klamath County Chamber of Commerce, 
who was an interested spectator, urged similar privileges for the loggers of 
Klamath County. The Secretary was instructed to inform all interested parties 
when the Commission has made its decision. 


Mr. A. W, Bryant, Portland, came before the Commission in regard to 
purchasing some state-owned land lying between the Pacific Highway East (Water 
Street Route) and the Willamette River in Oregon City, more particularly near 
the end of Fifth Street. He said that this is an ideal service station site 
and that that is the purpose for which he intends to use it, He was informed 
that the Commission is reluctant to sell any property that it has once pur- 
chased, and particularly property situate such as that desired by Mr. Bryant, 
which was acquired in order to preserve the unobstructed view of the Willan- 
ette River at this point. However, if the Commission, after studying the 
situation and inspecting the site, should change its opinion as to this parti- 
cular tract, the probabilities are that the Commission would advertise it for 
sale and would accept the offer of the highest bidder, if the offer compares 
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the Works Projects Administration officials in Washington, D. C., have ap- 

proved the reconstruction of the Columbia River Highway at Tongue Point on 

the basis of the original plan which requires 4 minimum expenditure by the 
‘ state, In view of this report the Commission authorized the Attorney to 
close the options for the right of way needed for this improvement, 


4 The Attorney brought up for discussion the Juanita Starr right of 
way controversy, having to do with the acquisition of right of way for the 
proposed new highway up the Columbia River Gorge. He asked the Comission to 
approve the amount of an offer to be used in condemnation. The Comission 
authorized an offer of ‘;11,000 for this purpose. 
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The Engineer reported that in conformance with authority previously 
granted him by the Commission he has awarded the following contracts, the con- 
ditions of the awards having been satisfied: 


Grading and paving of Astoria (Astor Street-Bond Street Section 
of the Oregon Coast Highway, in Clatsop County. Bids taken May 22; 
contract awarded June 16, 1941, to The United Contracting Company, 
low bidder, 
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Umatilla River Overcrossing and other structures near Stanfield 
on the Boardman-Stanfield ‘ighway, -in Umatilla County, Bids taken 
May 22; contract awarded June 18, 1941, to C. J. Montag & Sons, low 
bidders. i 
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Grading, surfacing and oiling the Fulton Canyon-Locust Grove 
Section of the Fulton Canyon-Wasco County Road, in Sherman County. 3 
Bids taken June 13; contract awarded June 25, 1941, to 0. C. Yocom, % 
low bidder. « 


Grading of the Grave Creek-Jumpoff Joe Creek Section of the : 
Pacific Highway, in Josephine County, Bids taken June 12; contract 


awarded July 2, 1941, to Frank Penepacker, low bidder. | 

$ 

The Commission confirmed the awards of the contracts as reported by the Engi- ; 
neer. KH 
The Engineer requested authority to purchase the following equip- ; 

ments : 
H 

3 light-type Buick cars for use of Maintenance Engir. er Bishop, < 

Division Engineer Eason and Parks Superintendent Boardman. : 

Three old cars to be traded in as part purchase price. Esti- * 

mated total cash outlay »2,800, ‘2 


2 lighttype automobiles for use of employees of Traffic Depart- 
ment, Estimated total cost 1,800. 


Laboratory equipment, as follows, same to be installed in the 3 
new laboratory building at Salem: 1% 


right of way for a proposed second track which matter is not covered in the 
agreement. Mr. Farrens contended that the state should pay for the replace- 
ment of all ties with new ones, alleging that ties once used and removed are 
of no further value for railroad purposes. He agreed, however, that in cases 
where untreated ties are now being used the state's obligation should be lim- 
ited to replacement with similar ties and if the railroad company installed 
treated ties tien it should pay the cost of treating them. Mr. Farrens also 
asked the Commission to eliminate from the agreement condition No. 12, which 
provides that the difference between the reasonable cash market value of the 
real property to be conveyed by the railroad company to the state and the 
reasonable cash market value of the property that the state is conveying to 
the railroad company shall be given consideration in the closing of the agree- 
ment and the settlement of accounts between the railroad and the state. He 
said that the Commission previously agreed to such elimination of this para- 
graph, but it is still in the agreement that has been submitted to him for ac- 
ceptance. The Commission accepted the previous oral arrangement and author- 
ized the elimination of this paragraph. 


Mr. Hampsen brought up the question of right of way for double track- 
ing 5,800 feet of railroad, stating that provision is made in the agreement 
for only 3,300 feet, so it will be necessary to reach an understanding with 
respect to the 2,500-foot balance because the company has plans to construct 
a double track soon, probably this year. Mr. Farrens explained that all that 
the company wants is sufficient land to accommodate a roadbed for the double 
track. 


Chairman Cabell stated that the Highway Commission is willing to 
give the railroad company facilities equivalent to what it now possesses, but 
does not fegl that it should do more. Mr. Farrens said that is all the rail-~ 
road company is asking. However, the building of a double track in a new loca- 
tion will necessitate the construction of a 33,000 cubic yard fill which would 
not have been necessary were the railroad tracks not te be moved. 


This matter was discussed at length and the following arrangement 
was tentatively approved by atl parties concerned: the state shall reimburse 
the railroad company for the entire cost of new treated ties to take the place 
of treated and/or cedar ties now in place, and for the entire cost of new un- 
treated ties to take the place of untreated fir ties now in place; paragraph 
No. 12 of the original agreement shall be eliminated; and the state shall fur- 
nish the company ea right of way on the new railroad location of sufficient 
width, et cetera, to accommodate two railroad tracks. The Attorney was in- 
structed by the Commission to rewrite the original agreement in conformance 
with this decision. Chairman Cabell stated that the arrangement would be final 
unless the railroad company was advised to the contrary after he has consulted 
further with Commissioner Clough and the Attorney; however, in any event, para- 
graph No. 12 shall be eliminated from the agreement form. 


The Engineer reported a telephone conversation with Mr. E. J. Grif- 
fith, State Administrator, Work Projects Administration, to the effect that 
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the maximum load limit permissible on the said section of said high- 
way hereafter shall be the maximum load limit provided by law. 


IT IS HEREBY ORDERED that certified copies of this resolu- 
tion be furnished the county clerks of Umatilla and Union Counties, 
in which counties said section of said highway is located, and the 
Superintendent of the Department of State Police for his information, 


The Engineer brought up for discussion the matter of revamping the 
approaches to the Enegren Ferry on the Coos River Secondary Highway so as to 
accommodate loads weighing in excess of ten tons which is the present limit, 
He recalled that a Mr. Youst, who is the owner and operator of a saw mill on - 
the Coos River Secondary Highway above this ferry, appeared before the Com- 
mission some time ago 4nd asked the Commission to modify its ten-ton ruling 
so as to permit him to haul loads of lumber weighing in excess of such weight 
limit, inasmuch as under present conditions he is not able to haul a pay load, 
The Engineer stated thatthis matter has been investigated and it has been 
found that the ferry can accommodate fifteen-ton loads without over-stress, 
provided the approaches on each side of the river were extended about twelve 
feet, which would cost about 3600, such amount being in addition to the $2,000 
heretofore approved by the Commission to pay the cost of renewing stringers 
and the deck on both approaches. Mr. Andrew Stambuck, he said, who holds the 
present contract for operating the ferry, has stated his willingness to handle 
loads up to fifteen tons, twenty hours each day for the sum of 250 per month, 
but he wants the highway department to furnish loadometers for him to check 
the weight of the loads. He pointed out that the present ferry contract ex- 
pires on October 1, 1941, and suggested that it would be advisable, if the 
Commission decides to make the necessary improvements, to accommodate loads 
weighing fifteen tons, to readvertise the ferry operation for bids on that 
basis rather than to renew Mr. Stambuck's contract and enter into a supple- 
mental agreement with him to provide this extra service. The Commission, 
after discussion, approved the Engineer's suggestion and authorized him to ad- 
vertise the ferry operation for bids to be received at the September meeting. 
It also authorized him to make the necessary alterations of the ferry approach- 
es to accommodate fifteen-ton loads, which are estimated to cost $600.00 


The Attorney brought up for discussion matters pertaining to the 
purchase of timber strips along the Pendleton~John Day Highway. He particu- 
larly requested authority to employ a cruiser to cruise the timber standing 
thereon in order to comply with the federal requirements, in view of the fact 
that it is proposed to use federal aid funds to purchase them. The Commis- 
sion approved the request. 


The Attorney also brought up for discussion the matter of acquiring 
a Small parcel of land at the northwest corner of the intersection of Union 
Avenue and East Couch Street in Portland and a small parcel at the southwest 
corner of the intersection of Union Avenue and East Ankeny Street, which par- 
cels are needed in order to ease off the corners in connection with the pro- 
posed plan for routing south-bound Union Avenue traffic along East Third Avenve 
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2 Sections of Schwartz cabinets - ,188 

1 Efactometer-— ‘;265 

1 4 kilo torsion balance - $85 

1 Analytical balance - 5250 

1 Adjustable stool -— 910.50 

1 De Khotinsky oven - $200 

1 Centrifuge Ilo. 2 Comp. $285 

1 Torsion balance - $65 

1 Oven — 985 

1 Hevi-duty electric hot plate, 12x12 - (330 
1 Oven cup flash tester - $30 

1 Torsion balance 365 

.1 Small electric oven for hot stuffs - $100 
2 2-burner gas plates - $10 

1 Concrete Mixer - {750 

1 Large dial scale — {300 


1 Model 92 mimeograph machine. Estimated cost $630.00. 


The Commission approved the request by unanimous vote. 


The Engineer reported that the Weston-Elgin Secondary State Highway, 


on which there has been a reduced load limit for the past several months, is 
now in condition to carry legal weight loads. He recommended the lifting of 
the reduced load limit. The Commission approved the recommendation and by 
unanimous vote adopted the following resolution in regard thereto: 


WHEREAS, on the 28th day of February, 1941, at a meeting 
of the Oregon State Highway Commission, all members being present 
and participating, the Commission passed and adopted a resolution 
reducing the maximum load limit on the 


WESTON-ELGIN SECONDARY STATE HIGHWAY from Weston, in 
Umatilla County, to Elgin, in Union County, 


and 


WHEREAS, subsequent to the passage of said resolution, con- 
ditions have changed so that it is no longer necessary or desirable, 
and the Comission hereby finds that it is no longer necessary or de- 
sirable to maintain the reduced load limit set out in said resolution 
on the said above-named highway; 


NOW, THEREFORE, BE IT RESOLVED that the action of the State 
Highway Commission, reducing the maximum permissible load limit on 
the 

WESTON-ELGIN SECONDARY STATE HIGHWAY from Weston, in Uma- 

tilla County, to Elgin, in Union County, 


be and the same hereby is rescinded and cancelled as of this date, and 
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The Commission discussed a letter from Senator F, M, Franciscovich, 
Astoria, suggesting a modification in the Commission's rules and regulations 
covering log hauling on state highways so as to relieve logging trucks from 
coming to a dead stop before crossing railroad tracks. The Engineer was in- 
structed to inform Senator Francisecovich that the Highway Commission does not 
agree with him in this matter but will be glad to discuss it with him at a 
convenient time. 


The State Parks Superintendent, lr. S. H. Boardman, was present and 
discussed with the Commission the matter of the purchase of timber strips 
along the Salmon River Highway from the iiami Corporation, He recalled that 
the Commission previously approved the purchase of these strips with federal 
aid funds and that the iiiami Corporation consented to defer logging operations 
until it was known definitely whether or not federal funds would be available 
for this purpose. The Miami Corporation, he said, is quite anxious to close 
the deal if the Commission still wants the timber; otherwise they want to cut 
the timber, in fact the time limit set by the company for closing the trans- 
action is about to expire. The Engineer advised that he has as yet received 
no definite information with respect to the federal funds, although it has 
been requested several times. After discussion and in view of the circun- 
stances the Commission by unanimous vote authorized the use of state funds 
for this purpose. 


The Commission considered the setting of a date for its next regular 
meeting for receiving bids and decided to hold such meeting on Thursday and 
Friday, September 4 and 5, 1941, in Portland, The Commission confirmed its 
previous action scheduling a special meeting in Portland on Thursday, August 
14, 1941, to receive bids for such projects as might be ready at that tine. 
The Secretary was instructed to make the usual arrangements for the use of the 
auditorium of the Public Service Building for such meetings. 


The Commission considered and signed agreements, et cetera, as fol- 
lows: 


Agreement with the Gales Creek & .ilson River Railroad Company 
pertaining to the overcrossing of the \/ilson River Highway near 
Glenwood, 


Agreement with Charles S, and Rosa ij. Bateman covering acquisi- 
tion of property from the Batemans in Washington County, for right 
of way. 


Agreement with Ernest D, and Zoa E. ‘\/Jade covering lease of prop-- 
erty in Elkton, Douglas County, for maintenance headquarters. 


Agreement with Deschutes County setting forth the things to be 
done by the county and the Highway Commission in connection with con- 
struction of the Terrebonne-Lower Bridge Road, 


Agreement with Deschutes County regarding the oiling of the 
Shevlin Park Road, out of Bend, in Deschutes County. 
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between East Couch and East Ankeny Streets, He said that the plan provides 
for taking 1200 square feet of private property at the Couch Street intersec- 
tion for which the owners are asking $1.25 per square foot; however, they are 
also asking an additional amount of $2,000 for damages, making a total of 
23,500, but they expect the Highway Commission to recompense the tenant for 
damages that he may suffer by reason of the taking of this land. He gave as 
his thought that 92,500 was a fair amount to pay for this parcels 


In regard to the property at the Ankeny Street intersection he point- 
ed out that this property is now occupied by a brick building, and advised 
that the owner is asking $10,000 for the entire property, which consists of a 
quarter of a block. He gave as his thought that this figure is fair and rea- 
sonable, particularly in view of the possibilities of selling or renting the 
area that is not needed for the highway improvement. Chairman Cabell stated 
that in his opinion the Commission should have assurance from the City of Port- 
land that the proposed routing of traffic will be a permanent thing, in order 
to justify the expense involved. Commissioner Clough concurred and the Engi- 
neer was thereupon instructed to discuss the matter with City Commissioner 
Bowes and City Traffic Engineer Fowler, and City Engineer Ben Morrow and re- 
port to the Commission. The Attorney was instructed to negotiate further for 
both parcels and to have both parcels appraised by an expert appraiser. The 
Commission approved an offer of $2,500 for the parcel at the Couch Street in- 
tersection, but set no definite amount as an offer for the other parcel. 


The Secretary presented a "notice of public hearing" from the United 
States Army Engineers to the effect that a public hearing is to be held in 
Astoria on Wednesday, July 16, 1941, to consider plans for a proposed bridge 
across the Columbia River at this point. The Commission took no action, 


A letter was presented from the Nyssa Chamber of Commerce inviting 
the members of the Commission and staff to a function in Nyssa on July 24 cele- 
brating completion of the Nyssa underpass and the new Union Pacific Depot at 
that place. The Commission accepted the invitation with thanks, 


The Secretary also presented a letter from the management of the 
Loggers Carnival, Seaside, inviting the Commission and staff to a carnival 
which is to be held in Seaside on August 9 and 10, 1941. The members of the 
Commission expressed regrets that they could not attend this function in view 
of other engagements. 


The Commission discussed a letter from the City of Drain requesting 
state aid in the design of a bridge over Pass Creek in the city of Drain. The 
Engineer advised that the expense involved would be nominal. The Commission 
approved the request, 


Consideration was given by the Commission to the request of Babler 
Bros., contractors, asking for relief from the provision in state highway con- 
tracts which requires acceptance of the terms of the Oregon Workmen's Compen- 
sation Act. Action on this matter was deferred by the Commission pending con- 
sultation with Governor Sprague. The matter was referred to Chairman Cabell 
to discuss with the Governor, 
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Agreement vith Elmer C, lianning relating to exchange of lands under 
the Taylor Grazin= Act, in Klam:th County. 


Petition from Portland Nortg: ze Comreny for vacation of vortion of 
South" est Government Street in Newport. 


Rental Agreement cowering lease of the “loehin!: Lake CCC camp site 
to the U. S. Government, 


Agreement with Southern Pacific Company relative to Blodgett Over~ 
crossing. 


Agreement :ith Lexington Lodge No. 168, 1.0.0.F., coveriu;: lei se of 
maintenance headquarters site in Lexington, Morrow County. 


Agreement “ith the City of Secside granting the city an easement for 
@ pipe line upon the revised location of the Wolf Creek Highway at 
Yolimer Creek. 


Terminatio. of lease avreement with the Southern Pacific Company 
covering a private road crosing to the company's tracks near Strassel, 
“Tashington County. 


Borgain and sale deed conveyin; unto the Housin; Authority of the 
County of Cleckamas 1.029 acre of land tocetiner vith a road easement 
containing 0.15 acre situate in Section 25, T. 1 Sv, R. 1 Exy Me Mey 
Clackamas County, Right of way files ilo. 2514 and ilo. 9396. 


There being no further business to come before the Commission ct this 


time the meeting ves adjourned at 4:00 p. m. 
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State Hichvey Engineer " Chai 


Dhion. ig ely 
Commissioner 


ne 


PART 2 
OF 
VOLUME XXVI 
MINUTES OF OREGON STATE HIGHWAY COMMISSION 
COVERING PERIOD 
FROM 
JULY 19, 1941 
THROUGH 
NOVEMBER 18, 1941 
OREGON STATE HIGHWAY COMMISSION 
Henry F. Cabell, Chairman 
Huron W. Clough, Commissioner 


Herman Oliver, Commissioner 


R. H. Baldock, State Highway Engineer 
H. B. Gltaisyer, Secretary 


HEADQUARTERS AND GENERAL OFFICE OF DEPARTMENT 
LOCATED AT SALEM, OREGON 


a ge eraeren: 


Page Date 
1941 
10490 July 23 


10491 


10492 


10493 


TABLE OF CONTENTS 


Subject 


Resume of matters disposed of by Chairman, enroute from 
Portland to John Day. 

Clackamas County. Inspection of Gilbaugh property at Zig Zag 
Creek on Mt. Hood Highway near Rhododendron. Removal of 
cable to allow free access to creek approved. 

Warm Springs Highway. Inspection trip made. Delegations 
from Jefferson, Deschutes and Crook Counties urge completion. 

Crook County. Prineville. Inspection made of Glen W. Berry 
property. No action taken. 

Special evening session at home of Commissioner Herman Oliver. 

Minutes approved: Janvary 21 and 22, February 14, February 
27 and 28, March 24 and March 26, 27 and 28, 1941. 

Wage increase. Maintenance Department. Increase approved 
for hourly employees and foremen of maintenance crews. 

Lincoln County. Siletz Secondary Highway. Construction of 
3.@-mile section authorized. Offer of Werner Timber Co. to 
contribute funds toward cost of road accepted. 

Linn and Marion Counties. Illahe-Albany Section, Pacific High- 
way East. Economic analysis of alternate routes presented. 

Survey. Illahe-Albany Section, Pacific Highway East. Loca- 
tion survey of A-C-M-E-X route authorized. 

Sherman and Gilliam Counties. Wasco-Condon Section of Wasco- 
Heppner Secondary Highway. Economic analysis presented. 

Clackamas County. Oregon City. Lease of moorage rights. 
Crown Zellerbach Corp. declines to increase offer for use 

of land. 

Wallowa County. Little Sheep Creek Secondary Highway. In- 
provement of Joseph-Imnaha Section requested, 

Clackamas County. Eagle Creek-Sandy Section. Oiling re- 
quested. 

County road connecting Eagle Creek-Sandy Road with main 
road from Sandy to Estacada. Oiling requested. 

‘Vasco County. West Unit, Shaniko—Cow Canyon Section. In- 
crease in budget allowance approved. 

Maintenance materials. Bids to be received for furnishing 
materials for the Viento-Mosier Rock Production Project, 
and the Gilliam County Line-Umatilla Section. 

Hood River and Wasco Counties. Viento-lMosier Rock Production. 
Contracting authorized. 

Morrow and Umatilla Counties. Gilliam Comty Line-Umatilla 
Section. Contracting authorized. 

Jackson Covnty. Medford. Request for extension of sidewalk 
project at Oak Grove Schocl approved, 

Coluabia County. South Scappoose. Request for connecting 
road between old and new Columbia River Highway at Kocar- 
nicks Store denied. 

Hood River County. Cascade Locks. Request for oiling of 

shoulders between highway pavement and curbs approved. 


Page Date Subject 


1941 
10503 July 24 Primary Highway Program for 1942. Partial program approved. 


10504 Secondary Highway Program for 1942. Partial program approved 
for contracting. 

Special maintenance budget. Funds approved for rock production 
projects. 

Rock. production projects. Special maintenance budget approved. 

Columbia County. Gravel pit. Scappoose. H. E. Hein complains 
that pit is devaluating his property. No action taken. 

10505 American Association of State Highway Officials. Commissioners, 
Engineer, Assistant Engineer, and Attorney authorized to et- 
tend annual convention at Detroit, Michigan. 

Oregon Road Laws. Attorney authorized to print compilation of 
lews affecting roads and highways. 

Projects. List approved for special August letting. 

Meeting date. Special meeting set for August 14. 

Penalty reduction. The United Contracting Company requests re- 
lief from penalty imposed on contract No. 2340, Corvallis- 
Lincoln School Section, Benton County. 

Claim. Damage to state equipment caused by car of Charles J. 
Rohkonen. Claim abandoned as not collectable. 

10506 Gault Lumber Company claims damage to privately-owned bridge 
near Siuslew Highway, during highway construction work. 

Old Oregon Trail Centennial Advisory Commission. Authority of 
Commission to administer funds set up by Legislature discussed. 
Advisory Commission to be invited to hold conference with Higr.- 
way Commission at next regular meeting. 

Advertising signs. Attorney requested to report on cities ana 
towns now having ordinances covering such signs. 

Culverts. Policy for construction under private road approaches 
to remain unchanged. Private persons must obtain permits 
from state for construction. 

Baker County. Anthony Lakes Recreational Area. Snow removal 
on roads leading to area discussed. Action deferred. 

Claim. Joseph H. Anderson's claim for damages under contract 
No. 1594. Engineer authorized to close books. 

Oren D. Lynch's claim for repairs to truck and trailer damaged 
by falling rock on Santiam Highway. Payment approved. 

10508 Cleims. Policy re collection of damage for injury to highways 
by farm equipment. Claims to be pressed. 

License fees. Press release in regard to proposal to reduce 
motor vehicle license fees approved for publication. 

Forest Highway Program. Joint letter with Public Roads Adminis- 
tration and U. S. Regional Forester, revising 1941 program, 4p- 
proved and signed. 

Grant County. Beech Creek-Forest Boundary Section, Pendleton- 
John Day Highway. Modified agreement with federal government, 
re construction and maintenance, approved. 

Melheur County. Letter from Carl H. Coad objecting to improve- 
ment of county road extending southeasterly from Vale. 
Improvement of feeder roads out of Nyssa suggested. 
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10494 


Subject 


Curry County. Cape Blanco Secondary Highway. Request for im- 
provement. Approved as federal aid secondary highway project, 

Lane County. Florence. Request for construction of footpath 
beneath Siuslaw River Bridge. Conditionally approved. 

Tillamook County. Garibaldi. Request for surfacing of high- 
way full width through town. Action deferred. 

Curry County. Port Orford-Euchre Creek Section. Pequest for 
reconstruction on alignment that will not by-pass Port Orford. 
Port Orford. Request for purchase of right of way across Or- 
ris Knapp property. Increased offer for property epproved. 

Lincoln County. Toledo. Corvallis-Newport Highway. Request 
for additional improvements denied. 

Umatilla County. Weston-Elgin Secondary Highway. Spout Springs 
Winter Sports Lodge. Forest Service requests cooperation in 
providing parking area. 

Multnomeh County. Sandy Boulevard, Portland. Improvement be- 
tween 82nd and 122nd Avenues approved. 

Umatille County. Ammunition dump west of Hermiston. Request of 
U. S. War Dept. for access road, including underpass, considered. 

Survey. Access road from Boardmen-Stanfield Highway to U.S 
Army ammunition dump at Hermiston. Survey authorized. 

Umatilla County. Hermiston. Request for construction of al- 
ternate route for highway to relieve traffic congestion. 

Survey. Hermiston. Survey, for relief of traffic congestion 
caused by ammunition dump, approved. 

Washington County. Hillsboro. Tualetin Valley Highway. Re- 
quest for traffic signals. Action deferred. 

Yamhill County. Dayton. Grade crossing on secondary highway 
betweeri Dayton and junction with Highway 99%. Request for 
more adequate signalization denied. 

Lincoln County. Waldport. Stete park. Permission granted to 
place monument in park honoring soldiers, sailors & marines. 
City to be offered title to park. 

Permit. Temporary overlength permit granted Oregon Nevada Cal- 
ifornia Fast Freight, Inc.,to transport defense materials 
over Pacific Highway, from California line to Medford. 

Log hauling. 90-day trial of night log hauling approved. Con- 
ditions listed. 

Weighing of logging trucks. Instructions to weighmasters. 

Clatsop County. Alternate routes for proposed secondary high- 
way from Wolf Creek Highway, near Elsie, to Astoria discussed. 

4shhawk Falls route approved, if requested by county. 

Linn and Marion Counties. North Santiam Highway, between De- 
troit and Santiam Highway junction, designated secondary hwy. 

North Santiam Highway. Detroit to Santiam Highway junction. 
Resolutior adopted designating as secondary highway. 

Yamhill County. Resolution adopted extending Three Mile Lane 
Secondary Highway No. 152 through McMinnville. 

McMinnville Secondary Highway No. 156. Resolution adopted 
designating as secondary state highway. 
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1941 


10516 July 24 Contracts completed and accepted, as follows: (cont.) 

East Unit, Shaniko-Cow Canyon Section, Leonard & Slate; 
Brookings Section, A. Milne; 

South Newport Section, A. Milne; 

Troy Ranch Section, McNutt Brothers; 

Bryant Hill-Trout Creek Section, Fisher Brothers; 

Seneca Maintenance Patrolmen's Headquarters, Fife & Co.; 

10517 Burns Section, Chester T. Lackey; 

Culverts on Lower Columbia River, Tualatin Valley and 
Beaverton-Aurora Highways, G. L. Potts; 

Lincoln County Line-Alsea Mountain Section, F. C. Dillard; 
Boardman-Umatilla County Line Section, Frank Penepacker; 
Owyhee River-McDermitt Section, Norris Brothers; 

Hendricks Bridge-Silver Creek Section, M. L, O'Neil & Sons; 
Endicott Creek-Bear Creek Section, A. S. Wallace; 
Catherine Creek-Miles Bridge Section, E. C. Hall Company; 
Foster—Cascadia Section, 0. C. Yocom; 

Mountain Rest-Mt. Vernon & Butte Creek-Service Creek Sec- 
tions, J. C. Compton; 

10518 Meeting dates. September 4 and 5 confirmed for regular meet- 

ing dates. 
August 14 confirmed as date for interim meeting. 
Malheur County. Conference with local delegations: 
Rome-Jordan Valley Section, I.0.N. Secondary Highway. oil- 
ing of 40-mile section requested; 
Jordan Valley-Idaho State Line Section, 1.0.1. Secondary 
Highway. Construction of 13-mile section requested. 

10519 Nyssa. Paving of Main Street. Delegation notified con- 
tract for work will be let this fall. City's installa- 
tion of water system discussed. 

Snake River Bridge, at Nyssa. Construction of new bridge 
requested. 

Nyssa Underpass and Union Pacific Depot. Commission attends 
celebration for completion of projects. 

Lytle Boulevard. (Vale to Adrian). Transfer of funds to 
Enterprise Avenue requested. 

Enterprise Avenue. Improvement instead of Lytle Boulevard 
Project requested. Inspection made. 

10520 Ontario. Public hearing held re proposed rerouting of Old 
Oregon Trail along First Avenue West. Alternate routes 
considered. Width of improvement discussed. 

Removal of trees on right of way agreed to by property 


owners. 
10521 Inspection of proposed route made. 
10522 Aug. 14 Bids received on following projects, and sale of junk 
material: 


Banzer Rridge-Mist Section, grad., surf., and bit. macadam; 
N. Unit, Wrights Point-Narrows Section, grading and topping; 
Fisher Road-Oak Hill Section, grad., surf., and oiling; 
Forest Boundary-Reed Creek Section, grad., surf. & bit.mac.; 


Page Date Subject 

1941 

10508 July 24 Klamath County. Crater Lake Netional Park, Letter from E. P. 

Leavitt to ‘map company suggesting route numbers on state 

highways within park be eiiminated from Oregon road map. 

10509 Strategic military highways. Information requested as to which 
Oregon highways will be included in national network. 

Clatsop and Columbia Counties. Rainier-Astoria Section. Re- 
quest for information as to plans for improvement. 

Jackson and Josephine Counties. Medford cantonment. Letter 
expressing approvel of road program. 

Malheur County. Signs indicating junctions and access roads 
to Weiser, Payette, Nyssa and Ontario favored by U. S.95 Hry. Assoc. 
Adrian Comm'l Club requests oiling of tivo county roads. 

10510 Josephine County. Happy Camp-O'Brien Road. Request for re- 
classification as Number 3 Forest Service Road. 

Klamath County. Klamath Fells. South 6th Street. Editorial 
of Klamath Falls Besin Progress concerning improvement. 

Union County. Roadside improvement. Pomona Grange requests 
seeding of highway slopes with Oregon-growm grass seed. 

Surveys. Corvallis-Rickreall Section. Relocation to accomo~ 
date army cantonment. Survey approved if army will pay cost. 

Log hauling. Alsea Mountain. Police Department's report re 
hazard to general motoring public. 

Benton County. Alsea Mountain Section. Alsea Highway, Al- 
location of funds for improvement recommended. No action. 

Log hauling. Request of William Raymond to haul logs over 
Klamath Falls-Lakeview Highway, Saturday afternoons, denied. 

10511 Permits. Log-hauling permits of Standley Brothers and Nick 
Marsh reinstated. 

Insurance. Log hauling. Reduction in amount of public liabil- 
ity and property damage insurance required in overlength log- 
hauling operations discussed. 

Log hauling. Engineer reports P.U.C. accepting declared weights 
ten per cent in excess of 54,000 pounds. Conference with Pub- 
lic Utilities Commission authorized. 

Supplemental rules and regulations recommended by Public Utili- 
ties Commissioner for log-hauling permits approved. 

Elliott Transfer Co. requests modification of rule requiring 
log haulers to report to state scales for weighing. 

Permits. Oversized equipment, other than log~hauling. Rules 
end regulations covering special movements approved. 

Extensions of time, as follows: 

Kern & Kibbe, Sunset Tunnel Section; 

Chester T. Lackey, Burns Section; 

G. L. Potts, culverts on Lower Columbia River Highway, Tualatin 

Valley Highway, and Beaverton-Aurora Secondary Highway; 

F. C. Dillard, Lincoln County Line-Alsea Mountain Section; 

J. F. Johnston, Eddyville-Blodgett Secondary State Highway ; 

Birkemeier & Saremal, Interstate Bridge, Pacific Highway. 
Contracts completed and accepted, as follows: 

Mt. Hood Section, E. C. Hall Company ; 
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Page Date 
1941 
10528 Aug. 14 
10530 
10532 
10533 
10534 
10535 
Aug. 15 
10543 
10544 


Subject 


Awards, Chairman announces awards of contracts and sale of 
junk material. 

Log hauling. Delegation representing Columbia Basin Loggers, 
Smith Wood-Products Company, and individual loggers, con- 
fers relative to several log-hauling matters. 

Railroad crossings. Skipanon. 10-mile per hour speed limit 
adopted for logging trucks. Other railroad crossings to be 
investigated re stopping of logging trucks. 

Traffic scales. Skipanon. Delegation requests that scales 
be moved to opposite side of highway. 

Douglas County. Reedsport. Request of Russell J. Hubbard to 
purchase state-owned property. Inspection to be i:nade. 

Hood River County. Cascade Locks. Delegation requests re- 
duction in speed limit through town, Signs approved. 
Curve near east city limits. Elimination requested. 
Oiling of shoulders through town requested. 

Troutdale-The Dalles Section. Delegation inquires re 
status of improvement. 

Tillamook County. Tillamook. Delegation requests widening 
of Oregon Coast and Wilson River Highways through town. 

Surveys. City of Tillamook, Widening of Oregon Coast and 
Wilson River Highways through town. Surveys authorized. 

Tillamook County. Tillamook. Delegation requests repair of 
city streets damaged by log hauling. 

Thayers Corner, Delegation requests improvement of curve. 

Curry County. Port Orford. Knapp Hotel property. Oregon 
Roadside Council requests preservation as historical site. 

Minutes ap»roved as follows: April 3 and 4, 1941. 

Right of way budget. Attorney's report. 

Real property. Resolution authorizing acquisition. 
Multnomah County. Portland. Delegation re proposed rerout- 
ing of south-bound Union Avenue traffic, under east ap- 

proach to Burnside Bridge. 

Right of way at corner of Union Avenue and Couch Street, 
and Union Avenue and East Ankeny Street. Acquisition 
approved. 

Coos County. Marshfield-North Bend Section, Oregon Coast 
Highway. Construction of entire section authorized. 

Lane County. Eugene-Springfield Section. Settlement for 
right of way for new railroad location to be deferred. 

Condemnation offers for right of way needed in connection 
with Wolf Creek Highways 
B. F. Friday. Offer of 3350 and access to highway approved. 
B. F. Friday and W. 0. Galloway. Offer of $1500 approved. 
Maller Estate. Decision deferred pending inspection. 
Wade Armentrout. Decision deferred pending inspection. 
Inez Maude Taylor. Offer of 92,000 approved. 

May E. Ibach. Offer of $1,500 approved, 

Condemnations. Recommended offers. Resolution adopted. 


Page Date 
1941 
10523 Aug. 14 


10524 


10525 


10526 


10527 
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Sub ject 


mae oe on following projects, and sale of junk material 

cont. ): 

Middle Unit, Crabtree Corner-Lebanon Section, grade-widening 
and paving; 

Morrison Street Bridge, furnishing steel; 

Vista House at Crown Point, repairs; 

South Milton Section, roadside improvement; 

W. Unit, Shaniko-Cow Canyon Section, grad., surf. and oiling; 
Scrap materials at Salem, Klamath Falls, Coquille & La Grande. 

Permit. Request of Blair T. Alderman for permit to use ocean 
beach as landing field for private airplane denied. 

Weighmasters, Letter to Maintenance Engineer with respect to 
activities of weighmasters ap wroved, 

"Form of Notice",to be given traffic law violators by weigh- 
masters, approved, 

Claim. Mrs. Anna Suran's claim for damages resulting from ac- 
cident near Oneonta Tunnel, Columbia River Highway, discussed. 

Lincoln County. Forest Boundary-Reed Creek Section. Werner 
Timber Co. renews offer to contribute funds toward cost of 
improvenent. 

Lane County. Fisher Road-Oal- Hill Section. Delegation advised 
bids received are unsatisfactory. Project to be readvertised 
in October. 

Eugene-Swisshome Secondary Highway. Veneta-Noti Section. 
County Court offers to pay 25% of cost of construction. 

Multnomah County. Troutdale-Dodson Section, Columbia Gorge 
Highway. Engineer recommends WPA project for construction. 

Clatsop County. Seaside-Hug Point Section, WPA clearing 
project considered. 

Multnomah County. Front Avenue Project. Rentals on parking 
lots, coliected by Edlefsen-Weygandt Co., reported refunded 
to City of Portland, 

Umatilla County. Hermiston. Realignment of 21d Oregon Trail 
through town approved, 

Municipal program. List of projects authorized for improvement. 

Surveys. Municipal projects. Engineer authorized to make sur- 
veys as necessary. 

Funds, Engineer presents statement of funds available for con- 
tract lettings this fall. 

Marion County. Silverton. Delegation requests state aid in 
repair of streets damaged by log hauling. No action. 

Steel bridge. Delegation requests reconstruction. Approved. 

Permit. Request of liitchell Freightways to operate oversized 
equipment between the California state line and Medford 
denied. 

Request of Oregon Nevada California Fast Freight for renewal 
of permit to operate oversized equipment between the Cali- 
fornia state line and Medford denied, 

Claim. Charles F, Peake, Jr., requests damages for injuries 
received in collision with traffic island at Albany. 
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Subject 


Penalty reduction. The United Contracting Co. requests re- 
lief from penalty imposed on contract Ilo. 2340, Corvallis- 
Lincoln School Section. 

Awards. Commission confirms following awards: 

Algoma-Terminal City Sec., Frank Penepacker & Clifford A. 
Dunn} 

Detroit-South Santiam Junction Rock Production Project, 
A. O. Ekstrom. 

Marion County. Mill City. N. Santiam Hichway. Request to 
maintain fence across uncompleted section approved. 

John Beakey. Authorized to attend traffic school at Berke- 
ley, California, August 6 to 12, 1941. 

Wallowa County. Inspection trip tentatively set for October. 

Umatilla County. Pendleton Airport Road. Charles Reynolds 
inquires if construction will be charged to Eastern Oregon 
district. 

log hauling. Elkton Tunnel, Umpqua Highway. Log haulers to 
be required to use communication system and furnish flagmen. 
Overweight one-log loads, Washington method of handling to 
be investigated. 30-day trial of system authorized. 

Traffic scales. Seneca, John Day-Burns Highway. Installa- 
tion approved, 

Purchase of five additional scales authorized. 

linn County. Albany. T. M. Gilchrist right of way contro- 
versy. Proposed method of settlement apvroved. 

Multnomah County. Columbia Gorge Highway. Proposed use of 
dredging equipment of Port of Portland discussed, 

Klamath County. Sprague River County Road. Improvement with 
federal match money discussed, State's share to be done by 
contract. Section from Sprague River to junction with Klan- 
ath Falls-Lakeview Highway, near Beatty, selected. 

Permits. Request of U. S. Farm Security Administration to 
transport 100 house trailers from California line to Umatil- 
la Ammunition Dump approved, if test run proves satisfactory. 

Multnomah County. Union Avenue approach to Interstate Bridge. 
Request for improvement between Interstate Bridge and Oregon 
Slough Bridge approved. Projeet to be advertised for bids. 

Report of Parks Superintendent. 

Douglas County. Reedsport, Umpqua Highway. Request of Rus- 
sell Hubbard to purchase state-owned property. 

Hood River County. Shell Rock Mountain. Acquisition of Mead 
property adjacent to Upper Columbia River Hwy. discussed. 
Umatilla County. Emigrant Park. Request of Bonneville Power 
Administration for permit to construct pole line approved. 
Jefferson County, The Cove Park. Lease of additional 1,980 

acres from Dept. of Agriculture approved. 

Lincoln County. Following requests for acquisition of parks 
denied: Devils Lake, tract at mouth of lake; 

Fogarty Creek, tract adjacent to Oregon Coast Highway; 
Taft, tract adjoining Port of Newport docks. 
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Multnomah County. Columbia Gorge Highway. Juanita Starr 

right of way controversy, Condemnation offer ap ‘roved, 
Permits. Oversized equipment hauling defense materials. PRA 
requests regulations be waived as emergency measure. Denied. 
Rock Production Projects. Following authorized: 
Swisshome Rock Production Project; 
Gilliam County Line-Umatilla Rock Production Pro ject; 
Pendleton-Meacham Rock Produc tion Project; 
Belknap Springs-Fourmile Butte Rock Production Pro ject. 
Polk County. Rogue River Bridge on Salmon River Highway. Re- 
placement authorized, 
Columbia County. Deer Island. Request of J. D. Perry for 
elimination of curve in front of public school approved, 
Oregon Trail Association requests following improvements; 
Union County. Wallowa Lake Highway, extend improvement 
south of Boswell Ranch. 

Umatilla County. Milton-Tollgate Section. Improve county 
road. 

Union County. Union-North Powder, via Ladd Canyon route, 
construct revision of Old Oregon Tra‘l, 
Starkey Secondary Highway. Make additional improvements. 
Hunter Lane. Extend improvement five miles, 

Josephine County. Kerby. Request for oiling through town 
denied, 

Request for constuction of sidewalk authorized. 

Malheur County. County road which extends from Adrian-Nyssa 
Highway to Owyhee Dam. Request for improvement. 

Coos County. Cape Arago Secondary Highway. Request for ex- 
tension of improvement denied. 

Lincoln County. lewport-Taft Section. Request for improvement, 

Marion County. Landscaping for new testing laboratory at 
Salem authorized. 

Harney County. Alkali Lake Maintenance Buildings. Reconstruc- 
tion of buildings destroyed by fire authorized. 

City streets not on state highway routes. Funds authorized 
for repairs. Formula for distribution of funds presented, 
Form of agreement between cities and state approved, 

Equipment. Purchase of following authorized; 

Two light-type trucks to replace those destroyed by fire at 
Alkali Lake; three new paving plants. 

J. N. Bishop and Emil Halik. Authorized to travel to Spokane, 
Washington, to inspect Washington Highway Department's pav- 
ing plant. 

Survey. Request of Budget Director for topographical survey 
of Cascade Locks. Action deferred. 

Highway Markers, WPA requests permanent identification mark- 
ers for Wilson River and Wolf Creek Highways. 

Wolf Creek Highway. WPA requests permanent identification 
markers. 

Wilson River Highway. WPA requests identification markers. 
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Meeting dates. October 9 and 10 set for next meeting. 
(Later postponed to October 16 and 17, 1941.) 

Agreements, et cetera, signed as follows: 

Eugene Power Co., re-establishment of power facilities 
after construction of Eugene-West Springfield Section; 

City of Portland, relative to Front Avenue Project; 

Jack Higgins, covering lease of maintenance headquarters 
site on Tiller-Trail Secondary Highway; 

Babler Bros., disposing of claim in connection with repairs 
to bridge over Willamette River, in Corvallis; 

Dee Davis, providing for use of land at La Grande for radio 
facilities; 

Bargain and sale deed conveying unto Bennett and Robt. Swan- 
ton three parcels of land in Marshfield; 

Bargain and sale deed conveying unto Morrison A. Conway 
one acre of land in Washington County; 

Bargain and sale deed conveying unto Sunset Fuel Company 
property in Southern Portland; 

Bargain and sale deed conveying unto Frank H. Seal 8922 
sq. ft. in Lane County; 

U. S. Government, providing for lease of additional lands 
for Cove Park. 

Bids received on projects and operation of Enegren ferry, as 
follows: 

Belknap Springs-Fourmile Butte Rock Production Pro ject; 

Hood River Rock Production; 

Salt Creek-Hanley Ranch Section, surfacing and oiling; 

Madras-Juniper Sutte Section, grading; 

Beatty-Paradise Creek Rock Production; 

Swisshome Rock Production; 

Forest Boundary-Reed Creek Section, grad., surf., and 
bituminous macadam; 

Gilliam County Line-Umatilla Rock Production ; 

Morrison Street Bridge, Portland, reconstruction; 

W. Unit, Sherars Grade Section, grading and topping; 

Pendleton-Meacham Rock Production; 

Warm Springs River-Mill Creek Section, grading; 

Enegren Crossing of Coos River, furnishing ferry service. 

Multnomah County. Troutdale. Proposed industrial site. 
Request for construction of Columbia Gorge Highway and 
bridge over Sandy River discussed. 

Survey. Civil Aeronautics Board re construction of emergency 
landing field at junction of North and South Santiam High- 
ways. Survey approved, 

Lincoln County. Forest boundary-Reed Creek Section. Werner 
Timber Co. deposits check to apply on construction. 

Bids. Policy of rejecting low bids which exceed estimated 
cost by 10% discussed. 15% limit suggested. (See P.10578) 
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Union County. Proposed park at Rock Wall, north of Elgin. 
Request of Union County Grange for park denied, 

Warion County. Silver Creek Falls Park. Request for archery 
concession denied, 

Wayside strivs. Pendleton-John Day Highway. application to 
be made for federal funds. Appraisals authorized, 

Curry County. Humbug Mountain Park. Agreements re sheep 
grazing considered, 

Clatsop County. Ecola State Park. Offer of John Yeon to sell 
12 acres of land for addition to park. Action deferred, 

Curry County. Proposed park on Blacklock-Sandstone property. 
Offer of Commonwealth, Inc. to sell 1400 acres declined, 

Marion County. Silver Creek Falls Park. Parks Superintendent 
instructed to secure proposals for concession. 

Jackson County. Flounce Rock Park, Request of army authori- 
ties for use of park approved, 

Umatilla County. Pendleton. Proposed widening of Southwest 
Court Street discussed. 

Claim. Mrs. Violet Jones claims damages to apparel from fresh 
paint on scalehouse near Jantzen Beach. 

Multnomah County. Portland. Complaint of Lutz Marble Co. re 
inadequate drainage of highway in front of its premises at 
Guild's Lake. Action deferred. 

Clatsop County. Columbia River Highway at Tongue Point. Por- 
tion of highway to be condemned by government for development 
of airbase. Terms of settlement discussed. 

Curry County. Port Orford. Orris Knapp property. Acquisition 
of additional 11 acres of land for right of way authorized. 
Clatsop County. Tongue Point. Request of Grace Blackstock, to 

Salvage certain items from building purchased from her,granted. 

Asphalt and road oil. Casmite vorporation to be given another 
opportunity to furnish materials according to specifications. 

Claim. Agreewent with Babler Bros., disposing of claim for 
extra compensation, in connection with contract No. 2456, re- 
pairs to bridge at Corvallis, approved. 

Travel & Information Department. Report on activities. Reten- 
sion of botsford, Constantine & Gardner, as agents, discussed. 
Advisory Board to confer with advertising agencies Sept. 4. 

Extensions of time, as follows: 

Frank Penepacker, Butte Creek-iiayville Road Section; 

Angelo Doveri, Henley Flume and Diversion Canal, Klamath 
Falls-Malin Highway; 

L. B. James, Laboratory Building at Salem; 

Dimitre Electric Company, Interstate Bridge, electrical work; 

Contracts completed and accepted, as follows: 

Butte Creek-Mayville Road Section, Frank Penepacker; 

Henley Flume and Diversion Canal, Klamath Falls-Malin High- 
way, Angelo Doveri; 

Hoffman Bridge-Grants Creek Section, 0. C. Yocom; 

Henley Section, C. A. Dunn; 

Meadowbrook Creek Section, Norris and Philpott. 
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Sept. 5 


Subject 


Washington County. Beaverton. Oregon Electric Company re- 
quests railroad crossing signal. (See P. 10604) 

Lincoln County. Newport. Delegation re improvement of city 
streets damaged by log hauling. Repair authorized. 

Curry County. Gold Beach. Delegation requests improvement 
through town on 80-foot right of way. Action deferred. 

Cape Blanco Secondary Highway. Delegation requests improve- 
ment. Approved for next year's federal aid program. 

Jackson County. Plaza Corner, Ashland. Delegation urges in- 
mediate improvement. Contracting authorized as soon as 
right of way options acquired. 

Clatsop County. Proposed bridge over ‘olumbia River near 
Tongue Point. Delegation re construction of approach roads. 

Travel & Information Department. Advisory Committee recom- 
mends following: Conditional appropriation of $100,000 
for activities; 

Retention for 1442 of Botsford, Constantine & Gardner; 
Allow advertising agencies to bid for work next year. 

Oregon Trail Centennial Advisory Commission. Delegation re- 
ports on plans for 1943 Old Oregon frail Centennial. 
Employment of full-time man for promotional work discussed. 

Clatsop County. Tongue Point. Conference with federal auth- 
orities set for Sept. 12, re compensation to be paid for 
portion of highway condemned for naval base project. 

Log hauling. One-log loads. 60-day trial permits for over- 
weight loads authorized. 

Washington County. Wolf Creek Highway. Emil H. Duyck. Right 
of way settlement involving exchange of properties approved. 

Real property. Resolution authorizing acquisition. 

Lane County. Sugene-Springfield Section. Settlements approved 
in connection with acquisition of right of way for project. 

Condemnations. Recommended offers. Resolution adopted: 
Gravel Pits: Little Butte Highway. 

Right of Way: Sherars Bridge Highway; Warm Springs Highway; 
The Dalles-California Highway; Pacific Highway. 

Permits, Overlength treck and trailer units. Perni ts to be 
granted only if request comes from national agency). 

Requests of various organization for modification of ruling 
re overlength permits. 

Log hauling. Request of Crown Willamette Lumber Co. to trans- 
port logs over Netarts Secondary Highway granted conditionally. 

Claim. Damages claimed for injury to boy hurt by falling 
scaffolding at McLoughlin Bridge, Oregon City. (See P.10679) 

Warning Signs. Ordered placed on structures being painted. 

Lane County. Eugene-Springfield Project. Proposed connection 
at NeKenzie Highway junction to be give further study. 

Permits. Request of Oregon Nevada Califormia Fast Freight, 
Inc., to transport overlength loads denied. 

Lang Transoortation Co. Request to transport overlength 
loads from California state lireto Klamath Agency denied. 


1941 
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Forest Highways. Partial program for 1942 approved as follows: 
Santiam Highway. 12.2 miles surfacing and bituminous macadam ; 
John Day Highway. 8.9 mi. surfacing and bituminous macadan; 
Warm Yprings Highway. 7 miles grading. 

Morrow County. Boardman-Stanfield Highway, particularly Board- 
man-Umatilla Co. Line Sec. Delegation requests improvement. 
Heppner-Spray Secondary Highway, particularly Hardman Hill 
Section. Delegation requests improvenent. 

Sherman County. Sherman Highway. Delegation requests improve- 
ment at undercrossing of U.P. railroad south of Moro. 

Bridge over Columbia River at Biggs. Delegation inquires as 
to plans for improvement. 

Lane County. Fisher Road-Oak Hill Section, Eugene-Swisshone 
Secondary Hwy. Delegation. Readvertising of project approved. 

Umatilla County. Pendleton. Widening of Court St. discussed. 
Prohibiting of parking on Court St. to be recommended to city. 

Linn County. Albany-Lyons »econdary Highway. Request for com- 
pletion of oiling. Approved for 1942 program. 

Umatilla County. Request for improvement of county road from 
Hermiston to army ordnance depot, WPA has contracted work. 

Klamath County. Midland Secondary Highway. Increased budget 
for improvement approved. 

Linn County. Santiam Junction maintenance patrol station. 
Construction of two-cabin units approved, 

Lane County. Eugene-West Springfield Section. Agreement with 
University of Oregon re proposed reconstruction signed, 

Multnomah County. Interstate Bridge, Portland. Harvey Wells 
suggests protecting approach from sabotage. Sectiorman to 
be instructed to make frequent inspections. 

Lincoln County. Forest Boundary-Reed Creek Section. Delega- 
tion from Werner Timber Co. informed all bids to be rejected. 
Company's check returnec. (See P. 10571) 

Request for temporary maintenance of section approved. 
Project to be readvertised for bids at November meeting. 
Werner Timber Co. to renew offer if project is let. 

Bids. Policy modified re bids advertised for second time. 

Low bid may exceed estimated cost by 15% if more than one 
bid is received; by 10% if only one bid received. 

Log hauling. Bethlehem Steel Co. requests permit to haul 
overlength piling from Lorane to Anlauf. Approved. 

Washington County. Sunset Camp-Davies Section. Opening of 
section to public set for September 6, 1941. 

Coos County. Enegren Ferry. Andrew Stambuck's bid for opera- 
tion on 15-ton load basis rejected. Negotiations authorized 
for renewal of ur. Stambuck's present coi.tract. 

Lane County. Eugene-West Springfield Section. Agreement with 
University of Oregon and Eugene Power Co. tentatively signed. 

log hauling. Delegation from Coos and Douglas Cos. re permits 
to haul Saturday afternoons and Sundays. (See P. 10602) 

Awards. Chairman announces award of contracts. 


Page Date Subject 
1941 

10604 Sept. 5 Yamhill County. Carlton-Tillamook Section. Invitation to 
make inspection of proposed road as guests of County Court 
and citizens of county declined. 

Bridges and ferries over Columbia River, Washington State 
Grange suggests joint operation by Oregon and Washington. 

Log hauling. Complaint of log haulers that weighmasters are 
causing unnecessary delays to be investigated. 

Washington County, Beaverton. Request of Oregon Electric Co. 
for railroad crossing signal approved. 

10605 Park matters, Report of Parks Superintendent. 

Hood River County. Proposed park on Columbia River Highway 
between Mitchell Point Tunnel and Viento. Negotiation for 
purchase approved. 

Clatsop County. Cannon Beach-Wolf Creek Highway Junction Sec- 
tion. Acquisition of wayside strips approved. 

Hood River County. Park site on Upper Columbia River Highway. 
MP 55 to 56. Report on negotiations for acquisition. 

Multnomah County. Talbot State Park. Disfigurement of pioneer 
monument discussed. No action taken. 

Hood River County. Mt. Hood Highway. Tract for proposed way- 
side park has been sold for taxes. 

10606 Coos County. Bandon Beach, proposed park site. Offer of 
E. G. Opperman to sell 3.83 acres for park. Action deferred. 

Clatsop County. Addition to Ecola State Park. Offer of John 
Yeon to sell property at Chapman Point declined. 

Umatilla County. Spout Springs winter sports area. Forest 
Service requests widening of highway for parking purposes. 

Office of Production Management. Ruling re priority prefer- 
ence rating for highway construction work discussed, 
Contractors to be notified to file applications for prefer- 
ence ratings promptly, 

10607 Multnomah County. Morrison St. Bridge remodeling. Work to 
be deferred until steel actually on hand. Two shifts to be 
used for job. 

Bridge to be kept open during Christmas holiday season. 

Extensions of time, as follows: 

Colonial Construction Company, Minam Hill viaduct; 
Averill & Yorbin, Goose Rock Bridge; 

10608 M: C. Lininger & Sons, Kerby Rock Production Project; 
Birkemeier & Saremal, Interstate Bridge expansion plates. 

Contracts completed and accepted, as follows: 
Troutdale-Dodson Section, General Construction Company; 
Sunset Tunnel Section, Kern & Kibbe; 

10609 Troutdale-Oneonta Section, K. L. Goulter; 

Nashville Bridge Section, J. F. Johnston; 

Minam Hill Viaduct, Colonial Construction Company; 
Davies Grade Separation Project, C. J. Eldon; 

Kerby Section, H. C. Lininger & Son; 

Interstate Bridge electrical work, Dimitre Electric Co.; 
Bear Creek-Coos Junction Section, A. S. Wallace; 
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Malheur County. I.0.!. Highway. W. H. Lynch inquires as to 
attitude of Commission re allocation of additional funds. 

Old Oregon Trail. Plan of State of Idaho to reroute highway, 
crossing Snake River at Nyssa, discussed. 

Lane County. Access road to rock quarry. Stipulation in case 
of U.S. of America vs. 0. M. Jetson approved. 

Lincoln County. Nelscott. Previous action confirmed, denying 
Ben Hur Lampman's request for abandonment of old right of way. 

Douglas County. Gardiner. Dolan & Serfling request permis- 
sion to maintain gas pump on highway right of way. No action. 
Reedsport. Sale of property to Russell Hubbard approved. 

Multnomah County. Front Avenue Project. Delegation re vaca- 
tion of Dock Commission property needed for project. Exten- 
sion of time granted for vacation. 

Floating dock. Dock Commission's offer to sell considered. 

Douglas County. Gardiner. Termination of lease of Jim Ford 
property, used as CCC Camp, approved. 

Columbia County. Holbrook. Mrs. Mabel Stevens to be ordered 
to remove residence encroaching on highway right of way. 

Claims. Settlement of following approved: 

Coos County. Eva Cade King, Marshfield. Claim for damages 
to property resulting from construction of highway. 

Josephine County. Charles R. Cooley, Grants Pass. Claim 
for damages to property resulting from construction work. 

Lane County. Eugene. Sale to city of property at intersec- 
tion of Pacific Highway and Eugene airport road approved. 

Windshield stickers. Hood River Chamber of Commerce suggests 
furnishing of Oregon stickers to tourists. Denied. 

Attorney General's opinion, re maximum loads of motor vehicles. 

Permits. Attorney General's opinion, re maximum loads o1 motor 
vehicles, considered and filed. 

Mt. Hood Rock Production Project. E. C. Hall Co.'s contract 
No. 2242. Release of final warrant approved. 

Log hauling. Saturday afternoons and Sundays. Hauling during 
such periods authorized as trial proposition, for 30 days. 
P.U.C. Commissioner approves action. Permits to be amended, 

Permit. Oversized equipment. Coos Bay Dredging Co.'s request 
for permit to move tank across Oregon Coast Highway approved. 

log hauling. H. A. Dowdts request for authority to transport 
logs over Corvallis-Eastside Secondary Highway approved. 
Request of C. E. Powell to resume log hauling on Wilson Riv- 
er Highway denied, until highway is opened to general public. 

Attorney General's opinion, re excess insurance required of log 
haulers in connection with overlength loads. 

Log hauling. Insurance. Practice of requiring excess public 
liability and property damage insurance ,in connection with 
overlength loads, to be discontinued. 

Inspection trip into Baker, Union and Wallowa Counties set 
for October 29, 1941. 
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Tillamook County. Delegation from county court (cont.): 
Pleasant Valley-Tillamock Section. Attorney authorized to 
secure ontions for right of way. 
Gannon Beach-"olf Creek Highway Junction. Reconstruction 
requested. WPA clearing project approved. 
Johnson Bridge over Trask River. Request for defernent 
of county's payment for work,until July 1942, approved. 
Little Nestucca Secondary Highway. Improvement requested. 
Sand Lake Road, Designation as secondary highway requested. 

Columbia County. Longview Bridge. Delegation confers re 
proposed toll-free operation of bridge by government. 

log hauling. Reed Holding requests permit to transport over- 
length loads over Wolf Creek Highway. Approved. 

Clatsop County. Wolf Creek Highway. Reed Holding offers to 
grade access road to highway for use of log haulers. State 
to rock and oil. 

log hauling. ‘Wolf Creek Yighway. Overlength loads to be ver- 
mitted if flagmen are maintained at crossings. 

Douglas County. Glide Section, l!. Umpqua county road. Dele- 
gation requests improvement. County to secure right of way. 

Log hauling. Delegation re penalty for overloading. Reduc- 
tion in penalty approved. 

Personnel. Transfer of Vernon Thorp to iiaupin deferred, to 


Betterment budget. Request for increase in 1942 budget for 
primary and secondary highways approved. 

Malheur County. Ontario. West First Street North. Improve- 
ment of four-block section south of Idaho Strect aporoved. 

Umatilla County. Tollgate winter sports area. Request of 
Forest Service for construction of parking area discussed. 

Yamhill County. McMinnville. Sidewalk on Cozine Creek Bridge 
tentatively approved for construction. 

Columbia County. Warren. Request for construction of cinder 
footpath along Lower Columbia River Highway denied. 

Gilliam County. Olex. Request for construction of sidewalk 
on Rock Creek Bridge, John Day Highway. No action taken. 

Grant County. Long Creek. Request for improvement of Kim- 
berly-Long Creek Secondary Highway denied. 

Douglas County. Controversy with A. E. Rice, re access road 
to Pacific Highway near S. Umpqua River Bridge, discussed. 
Claim. Mrs. Anna Suran claims damages for injuries sustained 

near Oneonta Gorge, due to faulty drainage inlet. 

Multnomah County. Oneonta Gorge. Columbia fiver Highway. 
Warning signs to be erected at faulty drainage inlet. 

Hood River County. Hood River, Delegation confers re recon- 
struction of Columbia River Highway through tow. 
Maintenance headquarters site at Hood River. City offers 
to donate site. Referred to Engineer for investigation. 

Awards. Chairman announces awards of contracts, removal of 
building, sale of scrap steel, and sale of Ox-Yoke Service 
Station. 
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10609 Sept. 5 Contracts completed and accepted, as follows (cont.): 

Ramsay-Blalock Section, Leonard & Slate; 

Quinton-Ramsay Section, Leonard & Slate; 

Jones Hill-Lena Section, R. 0. Dail and Warren Brothers; 

Interstate Pridge expansion plates, Birkemeier & Saremal; 

Corvallis Bridge pier protection, Babler Brothers, 
Agreements, etc., signed as follows: 

Foreword for Oregon Road Laws approved; 

University of Oregon and Eugene Power Co., re proposed 

Eugene-Springfield highway improvement; 

University of Oregon, re Eugene-Springfield Project; 

Ray Fromm, re grazing of sheep in Humbug Mountain Park; 

Ace Turner, re grazing of sheep in Humbug iountain Park; 

U. S of America, stipulation re hauling road from Route "F" 
Highway to state quarry on Fisher Tract, in Lane County. 
Bargain and sale deed conveying unto Cecil Mestretti proper- 

ty in Pendleton. 

10611 Oct. 16 Bids received on projects, removal of building from right of 
way in East Portland, sale of scrap steel rails and sale of 
service station, as follows; 

Necanicum Junction-Sunset Camp Rock Production; 
Belknap Sprin;s-Fourmile Butte Rock Production; 
Condon-Morrow County Line Section, surfacing and oiling; 
Condon-Service Creek Rock Production; 
Fisher Road-Oak Hill Section, grading, surf. and oiling; 
Santiam Junction Patrol Station, construction of two cabins; 
Progan-damieson Section, grading, surfacing and oiling; 
Tilahee-Steiwer Hill Section, grading and paving; 
Interstate Bridge-Oregon Slough Bridge Section, roadbed 
widening; 
Rogue River Bridge, near Grand Ronde, construction; 
Removal of buildings in East Portland; 
Sale of scrap steel rails, Portland; 
Sale of Ox-Yoke Service Station, north of Grants Pass. 
log hauling. PUC confers re hauling on Saturday afternoons, 
Sundays, and during hours of darkness. Privilese extended 
to June 3, 1942. 
Amended rules and regulations approved, 
Overlength loads. Permits for hauling during hours of dark- 
ness, ap .Yroved subject to conditions. 
Lane County. Fisher Road-Oak Hill Project. Delegation from 
county court informed all bids to be rejected. 
Delegation requests repair of road with state forces. 
Tillamook County. Delegation from county court re following: 
New bridge at Camp One, on Wilson River Highway, requested. 
“Mills Bridge-Tillamook Section, straightening requested. 
Trask River Bridge, reconstruction requested. (See P. 10677) 
Netarts Secondary Highway, non-skidding requested. 
Oregon Coast Highway, south of Tillamook. Reconstruction 
on revised location requested. "Libby"location survey approved. 
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Grant County. Granite. Request for improvement of certain 
streets being damaged by heavy trucks denied. 

Douglas County. TillerTrail Secondary Highway, between Days 
Creek and top of mountain. Request for improvement denied. 
Lincoln County. Toledo. Request for sidewalk along Corvallis- 

Newport Highway approved, 

Travel & Infomation Department. Recommendations of Advisory 
Committee on Publicity Matters approved. 

Paint. Traffic line lacquer for 1942, Purchase approved. 

Equipment. Purchases approved: 70 new trucks of Ford and 
Chevrolet type; 15 cars of Ford and Chevrolet type; one 
additional car for Assistant Maintenance Engineer; one 
portable churn drill; one rotary drill; six radio receiv- 
ing sets. 

Permits. Oversized equipment. Consolidated Freightways re- 
quests permits for hauling of defense materials. 

Oregon Motor Transport Assn. urges granting of permits for 
oversized equipment. 

Old Oregon Trail Marker Committee. Walter Meacham urges mark- 
ing of historical spots for benefit of Centennial in 1943. 

Bids. Purchase of scrap steel rails. Zideli-Steinberg Co. 
requests reconsideration of its bid. (Bid awarded to company 
later in session.) 

Malheur County. Ontario. Delegation informed improvement of 
four-block section of West First Street has been approved. 
Delegation requests state to oil S. First Ave. West, city 
to pay cost of work. 

Claim. Alfred Buchheit, Jr. Claim for injuries received 
at McLoughlin Bridge, Oregon City. Payment of claim ap- 
proved in principle. (See P,10679) 

Dent Clark. Claim for damages resulting from collision 
with state car January 22, 1936, denied. 

log hauling. Penalty for fourth offense for overloading. 
12-day suspension of special carrier permit approved. 

Permit. Log hauling. Reinstatement of Haley & Haley permit, 
suspended for overloading, approved. 

log hauling. Penalty for refusal to report to state traffic 
scales for weighing approved as follows: warning for first 
offense; operator's permit revoked for second offense. 
Coniplaint from S. P. Company, that log haulers are dumping 
loads on railroad property Molalla, discussed. 

Permit. Updegrave Trucking Company. Request for permit to 
haul logs near Agency Lake on Armistice Day approved. 
System Freight Service. Request for overheight permit, 
Pacific Hwy. between Portland and California, approved. 

Douglas County. South Umpqua River Bridge. Remodeling auth- 
orized, to provide more clearance. 

Permits. Request of Bordenave & Beckley to operate oversized 

equipment on state highways denied. 
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Tillamook County. Netarts Secondary Highway. Crown Zeller- 
bach Corp. requests temporary use of loading dock. Approved. 

Multnomah County. Portland delegation re following: 

Proyosed bridge over Columbia River, utilizing Govt. Island. 
Improvement of Sandy Boulevard, between 82nd and 122nd Aves. 

Clatsop County. Tongue Point. Revision of Columbia River 
Highway to accommodate Naval Base discussed. 

Klamath County. Sprague River County Road. Improvement with 
federal match money discussed. State will improve 10-mile 
section if allowed to do work on contract basis. 

Klamath Falls, South Sixth Street route. Improvewent dis- 
cussed. 

Wasco County. The Dalles ferry. Delegation requests mainten- 
ance of free ferry service by state. 

The Dalles Ferry Co. delegation presents opposing arguments. 

Oregon Roadside Council delegation confers re following matters: 
Curry County. Acquisition of myrtle grove from Elmer Bankus. 
Preservation of wayside strips near army cantonments. 
Columbia Gorge. Preservation of scenic beauties. 

Claim. Clark Irving, re damages to truck and trailer by state 
highway department truck. Referred to attorney for settlement. 

Curry County. Port Orford, irs. E. L. Philpott requests fill 
at tourist cabins, necessitated by grade change. 

Permit. Log hauling, Ceo. H. Clausen requests permit be re- 
instated, claiming Molalla scales are faulty. Approved. 

Traffic Scales. Molalla. To be checked by State Sealer of 
Weights and teasures, for accuracy. (See P. 10724) 

Log hauling. Delegation requests following: 

Speeding up of weighing at state scales. Approved. 

Moving Seaside scales to more convenient site. Approved. 

Keeping of complete record of weighings. Considered. 

Revision of penalty for minor offenses. Approved. 

Conference with lumbering industry re feasibility of deter- 
mining loads by board feet instead of weights. No action. 

Bids received on following projects, building and land: 

Wren Rock Production Project; 

Cinder Butte-Juniper Ridge Section, grad., surf. and oiling; 
Diversion Canal-Midland Overcrossing Sec., grad.,surf. & oil; 
Klamath Falls Rock Production Project; 

Alkali Lake Maintenance Station, construction of buildings; 
North Burgard Street Section, grading and paving; 

Gerking School-Athena Section, grad., surf. and oiling; 
South Hermiston Section, grad., surf., and oiling; 
Sylvan-West Slope Section, grading and paving. 

Clatsop County. Olney-Jewell Section, Nehalem Secondary Hwy. 
Furnishing maintenance materials, Contracting authorized, 
Multnomah County. North Purgard Street Section. Portland. Oral 

authority for construction, previously given, confirmed. 
Jurisdiction over road (city or county) to be ascertained. 
Acreement covering improvement of city streets to be prepared. 
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Clatsop & Tillamook Counties. Oregon Coast Hjghway. Cannon 
Beach-Manzanita Section. Speed zones to be established. 

Walter Meacham. Authorized to travel to Marysville, Kansas, 
in interests of Old Oregon Trail Centennial Celebration. 

Curry County. Gold Beach. Delegation urges improvement on 
30-ft. right of way. Reappraisal of property authorized. 

Awards. Commission announces awards of contracts, removal 
of building, and sale of scrap steel. 

Umatilla County. ifilton-Washington State Line Section. Dele- 
gation urges construction. Taking of options authorized. 
Survey. liilton-Washington State Line Section. Location sur- 

vey authorized. 

Umatilla County. Milton. Delegation re improvement of Main 
Street. Conference to be held in Milton. 

Jackson County. Ashland. Delegation urges immediate con- 
struction of Plaza Corner improvement. 

Right of Way Budget. Assistant Attorney's report on status. 

Multnemah County. Portland. Purchase of right of way at 
Union and Denver Avenues approved. 

Standard Oil Co. to be allowed use of 9-foot strip of right 
of way at corner of Union and Denver Avenues, Portland. 
Harvey Wells offers to sell property near Interstate Bride. 

Hood River County. Columbia River Highway. Proposed park. 
Purchase of Mead property considered. 

Douglas County. Gardiner. Settlement with Dolan & Serfling 
for purchase of right of way approved. 

Real property. Resolution authorizing acquisition. 
Condemnations. Settlements for acquisition of three parcels 
needed for right of way for Wolf Creek Highway approved. 

List of recommended offers. esolutions adopted: 
Right of way for:. Pacific Hwy.; Lakeview-Purns Hwy. ; Old 
Oregon Trail; Tualatin Valley Highway. 
Park Site: Mt. Hood Highway. 

Lane County. Eugene-West Springfield Section. Agreement 
with S. P. Co. with respect to reconstruction of highway. 
Eugene-Judkins Point Section. Attorney authori zed to 
close options for right of way. 

Klamath County. Klamath Irrigation District. Petition for 
exclusion of state-owned lands from taxes apvroved. 

Payment of assessment for irrigation construction approved, 
Columbia County. Scappoose. Controversy with H. A. Hein, re 
operation of quarry adjacent to his property, discussed. 
Submerged and tide lands. Commissioner of Public Docks requests 
contribution for use in contesting congressional legisla- 

tion. Request denied. 

Parks Superintendent reports in person re park matters. 

Park Budget. Report approved. 

Curry County. Harris Beach Park. Purchase of additional 
land approved. 
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Permits. Request of Lang Transportation Co. to operate over- 
sized equipment on state highways denied. 

Request of Sun Transportation Co. to transport, over state 
highways, overloads consisting of sanding equipment, denied. 

Wallowa County. Date of inspection trip changed to Nov. ll 
and 12 (later deferred indefinitely due to illness of Com- 
missioner Oliver.) 

Meeting dates. Next Commission meeting tentatively set for 
Nov. 13 and 14 (later changed to November 17 and 18.) 

Redwood Empire Association. Invitation to association's annual 
banquet. 

Montana Motor Transport Association. Invitation to annual 
banquet. 

Clackamas-Multnomah County Line. Pacific Highway East. Police 
report destruction of two Japanese cherry trees by Elvin 
Thomas Cully. Trees ordered replaced. 

Scrap steel, sale of. Bethlehem Steel Company suggests scrap 
steel be sold direct to consuming mills at government price. 
OPIi to be consulted for information. 

Awards. Commission confirms following awards: 

West Unit, Sherars Grade Section, Norris Brothers; 
Madras-Juniper Butte Section, Leonard & Slate; 

Warm Springs River-}iill Creek Section, Max J. Kuney; 
Swisshome Rock Production Project, A. S. Wallace; 

Salt Creek-Hanley Ranch Section, Norris Bros.; 
Pendleton-Meacham Rock Production Project, A. S. Wallace. 

Clackamas County. Oregon City. City requests permission to 
construct access to Pacific Highway, between 13th and 14th 
Street. Approved subject to conditions. 

Clatsop County. Tongue Point. Request of Bonneville Adminis- 
tration for authority to construct power line granted, 

Lane County. Eugene-Swissnome Secondary Hwy. U. W. Ellmaker's 
request for cooperation in construction of fence denied, 

Washington County. Glemwood-Sunset Camp County Road. County 
will assume jurisdiction of detour road. 

Clatsop County. Bonneville Power Administration requests re- 
moval of telephone poles in front of Astoria substation. 
Telephone Co. to be asked to move poles. 

Washington County. Hillsboro. Traffic signals to be installed 
if city will pay half the cost. 

Tigard. Speed zones on Pacific Highway authorized. 
Tigard. Flashing beacon authorized at intersection of Pacif- 
ic Highway and Beaverton-Aurora Secondary Highway. 

Lincoln County. Siletz Secondary Highway. Signs at danger- 
ous curve points approved, 

Lane County. Route "F" Highway. William Tugman confers re 
natters pertaining to construction. 

Lincoln County. Method of settlement of county's indebtedness 
approved, subject to Commissioner Oliver's approval. 
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Contracts completed and accepted as follows (cont.): 
Condon maintenance building, Viesko & Hannaman; 
Gearhart-Seaside Section, oiled footpath, Jed ‘ilson. 

Meeting dates. November 13 and 14 set for next meeting. 
(Later changed to November 17 and 18.) 

December 18 and 19 set for December meeting; 
January 15 and 16 set for January, 1942, meeting; 
November 6, 1941, set for interim meeting. 

Agreements, etc., signed as follows: 

Malheur County, re maintenance of Vale-Adrian Federal Aid 
Secondary Highway, after construction by state; 

Scio, covering improvement of city streets; 

Bend, covering improvement of city streets; 

Myrtle Point, covering improvement of city streets; 

Coquille, covering improvement of city streets; 

North Bend, covering improvement of city streets; 

Bonneville Power Administration, covering crossing of Old 
Oregon Trail, Umatilla County; 

Bonneville Power Administration, covering encroachment on 
highway, near Astoria; 

Bonneville Power Administration, covering construction of 
power line across Old Oregon Trail, Umatilla County; 

0.W.Re& N. Co. and Union Pacific Railroad Co., covering 
construction of overhead crossing, near Troutdale; 

Anderson Bros., providing for log road crossing of state 
park property on Salmon River Highway; 

Postal Telegraph Co., covering pole line construction on 
Sexton Mountain Section of Pacific Highway; 

Dwight F. Seward, disposing of claim for damages arising 
out of improvement of Old Oregon Trail at Nyssa; 

P. B. Davis, providing for Sisters maintenance site; 

Port Orford, providing for improvement of city streets; 

Bandon, providing for improvement of city streets; 

Bay City, providing for improveinent of city streets; 

Silverton, covering work performed on Main Street Bridge; 

Marshfield, providing for improvement of city streets; 

Stanfield Irrigation District, covering construction of 
siphon for Furnish Ditch at Boardman-Stanfield Hwy.crossirg; 

John T. Foreman and David Petersen, covering gravel pit lease; 

Botsford, Constantine & Gardner, covering services for 1942, 
in connection with Travel & Information Department; 

S. P. Company, in connection with revision of Pacific High- 
way between Eugene and Springfield; 

Lincoln County, disposing of county's indebtedness to state 
for certain road construction; 

Klamath Irrigation Dist., petition for exclusion of certain 
state-owned lands from irrigation district; 

Bargain and sale deed, conveying unto City of Eugene 0.5 
acres adjacent to Pacific Highway; 

Deed conveying unto Iouis L. Jones, fractional lot in Port- 
land, fronting on Sputhwest Macadam Street. 
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Lane County. Purchase of wood low for use of state parks on 
coast approved, 

Douglas County. Camas Mountain Park. Acquisition of 0 and C 
recreational tract, now being leased, approved. 

C.C.C.Camps. ijaintenance of Short Sand Beach and Saddle Noun- 
tain Camp, which have been discontinued, approved. 

Polk County. Helmick State Park. Possibility that park will 
be required for army cantonment near Monmouth, discussed. 
Curry County. Port Orford Cedar Park. Request of mining com- 

pany to purchase park for mining purposes denied. 
Extensions of time: 
MieNutt Bros., bridge over Devils Lake Fork; 
W. D. Miller Construction Co., Lost River Section; 
Homer G. Johnson, Germantown Road-Barnes Section; 
E. L. Gates, Pacific Highway East at Albany; 
E. C. Hall, Sanderson Bridge-Crabtree Creek Section; 
Colonial Construction Co., Forest Boundary-Wiarm Springs 
River Section; 
J. F. Johuston, King Creek Culvert, Salem-Dayton Secon.Hwy.; 
E. L. Rigdon, Okerman Ranch-Sagehen Hill Section; 
Birkemeier & Sareinal, hiadras maintenance building; 
Fisher bros., E. Unit, Dixie Summit-Austin Junction Section; 
C. A. Dunn, Deception Creek-Sal* Creek Falls Section; 
United Contracting Company, St. Helens Section; 
J. C. Compton, Josephine County Line-Central Point Section; 
E. H. Itschner, Woodburn-Rock Creek Section; 
Jed Wilson, Gearhart-Seaside Section, oiled rock footpath; 
Jud Beardsley, Vista House at Crown Point, repairs. 
Contracts completed and accepted, as follows: 
Bridge over Devils Lake Fork, Mc Nutt Brothers; 
Lost River Section, W. D. Miller Construction Company; 
Germantown Road-Barnes Koad Section, Homer G. Johnson; 
Albany Section, roadside improvement, E. L. Gates; 
Sanderson Bridge-Crabtree Creek Section, E. C. Hall Company; 
Nyssa Undercrossing Section, Henry L. Horn; 
Forest Boundary-Warm Springs Highway, Colonial Const. Co.; 
King Creek Culvert, Salem-Dayton Secondary Highway, J. F. 
Johnston; 
Okerman Ranch-Sagehen Hill Section, E, L. Rigdon; 
Madras maintenance building, Birkemeier & Saremal; 
Hug Point-Manzanita Section, Rogers Construction Co.; 
Deception Creek-Salt Creek Falls Section, Clifford A. Dunn; 
Forest Boundary-Cottonwood Creek Section, Fisher Brothers; 
Lytle Creek-Ochoco Creek Section, Berke Brothers; 
St. Helens Section, United Contracting Co.; 
Morrow ‘ounty Line-Stanfield Section, concrete spans, 
A. Milne; 
Josephine County Line-Central Point Section, J. C. Compton; 
Bully Creek-Vale Section, Tony Marrazzo; 
Cow Hollow Creek-Adrian Junction Section, Tony Marrazzo; 
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Douglas County. S. Umpqua Telephone Co. requests reconsidera- 
tion of matter of re-establishing pole line. Request denied, 

Morrow County. Boardman and Castle Rock roadside oases. Open- 
ing to be deferred until trees are well established. Con- 
struction of drinking fountains and restrooms authorized. 

liultnomah County. Portland. Lambert Gardens requests permit 
to maintain signs on state highway routes. Denied. 

Moorman forgery case. Attorney asked to submit opinion as to 
liability of Ladd & Bush Bank for unrecovered balance. 
Question of personal liability of Engineer and former Engi- 
neer for unrecovered balance considered. (See P. 10714) 

Equipment, Purchase of following authorized: 

One power mower for landscape project at ilewport; two gaso- 
line-driven spray paint machines. 

Permit. Casper & Cutler request permit to transport over- 
height equipment, consisting of furnaces, from Portland to 
Salem, during Saturday afternoons, Sundays, etc. Granted. 

Award, Following award confirmed: Brogan-Jamieson Section 
of John Day Highway, Triangle Construction Company. 

Coos County. Old bridge over Coalbank Slovgh, South Marsh- 
field. Request of county court for bridge approved. 

Ben litus. Oral authority to attend meeting of Pacific North- 
west Tourist Association, Spokane, Wash., confirmed. 

H. G. Smith, N. M. Finkbiner, and one of assistants, autnor- 
ized to inspect Barber-Green Asphalt Plant, Wenatchee, Wash. 

Coos County. Enegren Ferry. Matter of supplemental agreement 
with Andrew Stambuck, for operation of ferry, discussed. 

Snow removal. lickenzie Highway, particularly to Hand Lake 
ski area. Request for snow removal denied. 

Coos County. Marshfield and vicinity. Request of BPOE for 
installation of signs, "Travel Safely-Defend Anerica™ denied, 

Douglas County. Reedsport. Request for improvement of Win- 
chester Avenue instead of "H" Street considered. 

Log hauling. Penalty for overloading. Four-day suspension 
of permit approved, 

Request of Callow & Day to truck-haul logs on Armistice Day 
and Thanksgiving Day denied. 

Surveys. List of surveys ordered since last meeting. 

Extensions of time, as follows: 

Chester T. Lackey, Sage Hen Hill-Harney County Line Section; 
Colonial Construction Co.,. Follett. Ranch-Cold Canyon Sec.; 
Tidepoint Company, Svensen-Goble Section; 

Babler Bros., Vance Creek-Soda Mountain Section; 

J. F. Johnston, Dayton Bridge over South Yamhill River; 
Babler Brothers, Sunset Camp-Davies Section; 

A, S. Wallace, Dean Creek-Parker Creek Section; 

E. L. Rigdon, Days Creek-Wright Ranch Section; 

C. J. Eldon, Trask River-Peltz Corner Section; 

C. W. Reeve, Oak Creek Bridge remodelling; : 

The United Contracting Company, Independence rection; 

Frank Watt Construction Company, bridge over E. Dairy Creek; 
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10670 Nov. 6 Lake County. Quartz Mountain-Smalley Ranch Forest Highway 

Project. Additional contribution of state funds approved. 
Columbia County. Longview Bridge. If acquired by federal 
government, state agrees to assume half cost of maintenance. 

10671 Curry County. Gold Beach. Improvement on 80-ft right of way 
through town, tentatively approved, 

Oregon State Employees Association. Request of Wm. W. Currier 
for approval of proposed organization denied, 

10672 Permits. Question of authorizing permits for overlength and 
overweight equipment discussed. 

Maintenance projects for 1942. Program approved. 
10674 Federal and state projects for 1942. Program presented. 
10677 Strategic network fund. Program presented. 
Projects to be advertised for bids at December meeting: 
Grant County. Soda Mountain-South Section; 
Beech Creek Rock Production Project; 
Seneca-South (Poison Creek) Section; 
Lincoln County. Spencer Creek Section. Need for right of 
way involving fish pond to be investigated. 
City streets. Engineer's report on cisies and towns that 
have signed agreements for improvement of streets by state. 
Tillamook County. Bridge over Trask River, Netarts Secondary 
Highway. Construction of new bridge approved. 
10678 Hearing to be requested of War Department re clearances. 
Crook County. Prineville Undercrossing, Warm Springs Second- 
ary Highway. Construction approved. 
Multnomah County. Morrison Street Bridge, Portland. Con- 
struction of pedestrian trestle authorized. 

10679 Permit. Overweight equipment. Arrow Transportation Company 
requests permit for overweight equipment, consisting of 
sanding equipment, during winter months. Approved. 

Oregon Trail Historical Markers Committee. Request for addi- 
tional markers along Old Oregon Trail ap roved. 

Washington County. Wolf Creek Hwy. Construction of overcross- 
ing of county road near Davies discussed. (See P. 10713) 

Gilliam County. Olex. Rock Creek Eridge. Request for side- 
walk on bridge approved. 

Claim. Alfred Buchheit, Jr. Settlement of claim for injuries 
from falling timber from McLoughlin Bridge approved. 

Lane County. Eugene-Sprinygfield Section. Method of handling 
matter of salvaging of steel rails approved. 


10680 Lake County. Drews Valley Section, Klamath Falls-Lakeview 
Highway. Abandonment resolution. 

10683 Jackson County. Short section of Pacific Highway near Gold 
Hill. Abandonment resolution. 

10684 Deschutes County. Shevlin Park County Road. Payment of coun- 
ty's indebtedness for oiling work deferred to Jan. 31, 1942. 

10685 Claim. Zidell-Steinberg Co., purchaser of scrap steel, re- 


quests reimbursement for concrete adhering to steel rails. 
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Malheur County. Delegation requests following: 
Ontario-Huntington Section. Revision of highway. 
I.0.N. Secondary Highway. Designation and improvement 

as primary highway. 

Bridges over Snake River. Rebuild bridges. 

Graham Boulevard. Modernization. 

County roads in vicinity of Nyssa and Ontario. Improvement. 

Lytle Boulevard. Continue improveuent. 

Beker County. Delegation requests construction of railroad 
underpass at Durkee. 

Union County. Malheur County delegation requests reconstruc- 
tion of North Powder-Union Section, of Old Oregon Trail. 

Union County. Delegation requests following improvements: 
Hunters Lane County Road. Extension of improvement. 
Hillgard-Starkey Secondary Highway. Extension of improvement. 
Minam Hill Section. First choice ef county for improvement. 
Enterprise-Flora Highway from Enterprise North. Improvement. 
Wallowa Lake Highway. Widening from La Grande to Island 

City. 

Bridge over North Powder River at North Powder. 

North Powder-Union Section. Second choice for improvement. 

Jackson County. Plaza Corner, Ashland. Delegation. Apprais- 
al of property needed for improvenent to be secured from 
outside appraisers. If favorable, project will be approved, 

Minutes approved for meetings held May 8 and 9, ay 22, June 
12 and 13, July 16, 17 and 18, and July 23 and 24, 1941. 

Benton County. Corvallis. Flood lights. Installation of 
three flood lights at state expense tentatively approved. 

Clatsop County. Fishhawk Falls Road. County court's request 
for designation as secondary highway No. 103 approved. 
Resolution adopted. 

Lincoln County. Eddyville-Toledo Section. Agreement signed 
re payment of county's indebtedness for cost of construction. 

Klamath County. Klamath Falls. Improvement of South Sixth 
Street discussed. 

Maintenance Sudgets for 1942, 
ways approved. 

ifultnomah County. Portland. Request of Parkrose C. of C. 
for name "Parkrose" on highway maps denied, 
Sandy Boulevard, from Parkrose to Troutdale. 
100' right of way approved. 

Survey. Sandy Boulevard from Parkrose t 
tion survey authorized. 

Award, Contract for Eugene-Judkins Point Section of Pacific 
Highway, in Lane County. Award to Strong & MacDonald, Inc. 
autuorized. 

Coos County. Enegren Ferry. Andrew Stambuck's contract for 
operation of ferry to be extended to October 1, 1943. 

Log hauling. W. H. Lichty, Jr. granted 30-day permit to haul 
piling over Alsea-Deadwood Secondary and Siuslaw Highways. 


for primary and secondary high- 
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Contracts completed and accepted, as follows: 
Sagehen Hill-Harney Section, Chester T. Lackey; 
Follett Ranch-Cold Canyon Section, Colonial Construction Co.; 
Svensen-Goblhe Section, Tidepoint Company; 
Vance Creek-Soda Mountain Section, Babler Brothers; 
Sunset Camp-Davies Section, Babler Brothers; 
West Dairy Creek Bridge, J. F. Johnston; 
Oak Creek Bridge widening project, C. W. Reeve. 
Agreements, etc., signed as follows: 
O.WeR.& i. Co. and U. P. Railroad Co., providing for encroach- 
ment of Columbia River Highway near “onneville; 
S. P. Co., temainating lease of gravel storage site at Derry, 
in Polk County; 
M. P. Fisher, covering construction of logging road across 
Silver Creek Falls Park, Marion County; 
Lugene Power Co., covering property to be conveyed to company 
in connection with Eugene-Springfield Highway improvement; 
Ward C, Barnes, disposing of claim for damages to property 
at Nyssa, Malheur County; 
F. R. Pendleton, disposing of claim for damages to property 
at Marshfield, Coos County; 
Agreements with the following cities and towns coverin im- 
provement of streets not on state highway routes: 
Albany, Astoria, Uastside [mpire, Gearhart, Harrisburg, 
Hillsboro, Newport, Warrenton, Weston, Woodburn. 
Zelda Ploeger,cancellation of lease agreement re property 
acquired for borrow purposes, Tigard project. 
Meeting dates. November 17 and 18 confirmed as next regular 
meating date, having been postponed from November 12 and 13. 
ids received on following projects: 
Grants Creek-Powers Section, surfacing and oiling; 
Drews Valley Rock Production; 
Eugene-Judkins Point Section, railroad roadbed construction; 
Corbett Section, rock toe embankment; 
Front Ave. (Ankeny St.-Washington St.) Section, grad. & pav.; 
Willamina Rock Production; 
Tigard Section, roadside improvement. 
Oregon Trail Association. Delegation requests following: 
Union County. Union-North Powder Section. Modernization or 
construction of new road through Ladd Canyon. 
Umatilla County. Poardman-Stanfield 'lighway. Completion of 
highway during 1942. 
Roardman-Arlington Section. ijodernization in near future. 
Gilliam County. Quinton-John Day River Section. Comoletion 
of 8.8-mile section in 1942. 
The Dalles-Portland Section. Completion at earliest possible 
date. 
Sale of bonds to finance entire improvement sugzested. 
Hood River County. Offer of City of Hood River to deed mainten- 
ance site to state to be investigated. 
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Jackson County. Trail Junction-licLeod Section, Crater Lake 

Highway. Request for improvement considered. 

Baker County. Traffic Lights. Request of City of Baker for 
installation denied. 

Lincoln County. Depoe Bay. Requests for construction of 
additional access roadsto highway considered. 

Washington County. Scholls Ferry Road. Raleigh School Dist. 
requests "no parking" area in front of school. 

Wolf Creek Highway. Letter opposing naming of highway "George 

L. Baker" Highway. 

Wayside tablesand benches suggested by Parkrose Chamber of 

Commerce for accommodation of touring public. 

Plaque honoring Samuel C. Lancaster, Portland Rotary Club 
suggests permanent plaque in the Vista House at Crown Point. 

Klamath County, Klamath Falls. Communications presented re 
improvement of South Sixth St. Reports ordered completed. 

Umatilla County. Weston. Invitation of C. of C. to attend 
turkey banquet. Division Engineer to represent Commission. 

Aecess Roads. Inland Empire Waterways Assn. requests access 
roads to shipping points along Columbia and Snake Rivers. 

Traffic scales. ‘Molalla, State Sealer of Weights & Measures 
reports that scales are accurate. (See P. 10627) 

Log havling matters considered as follows: 

Penalizing of Geo. H. Clausen for overloading and refusing 
to drive off scales. Next offense to be referred to Com- 
mission. 

Penalizing log haulers for failure to remove mud from trucks 
before entering main highways. No action. 

Wud racks. Installation considered. 

Binder chains. Complaint that log haulers in vicinity of 
Lebanon are not maintaining chains as required by law. 

Updegrave Trucking Co. Permit to transport logs on highways 
in vicinity of Agency Lake on Thanksgiving Day granted. 

Permit. Consolidated Timber Co. to be allowed to maintain 
gas pump on Wolf Creek Hwy. Revocable lease authorized. 
Extensions of time: 

Berke Brothers, Veneta-Fisher Road Section; 

A, Milne, Mud Hollow-Oak Creek Section; 

A. T. Dolan, Kernville-Forest Boundary Section; 

Edward F. Altree, South Newport Section; 

Roy L. Houck, Donaldson Creek-Mills Bridge and licNamars 
Camp-Washburn Sections; 

Frank Watt Construction Co., Clackamas Grade Separation; 

Berke Brothers, Miner Creek-Spencer Creek Section; 

E. L. Rigdon, Oak Creek-Marks Ranch Section; 

Norris Brothers, West Ranch-Island City Section. 
Contracts completed and accepted as follows: 

Veneta-Fisher Road Section, Berke Brothers; 

Mud Hollow-Oak Creek Section, A. Milne; 

Kernville-Forest Boundary Section, A. T. Dolan; 


Subject 


Claim. Zidell-Steinberg Co. re reimbursement for cement paid 
for in connection with purchase of steel rails. (See P.10742) 

Equipsent. Paving plants. Bids submitted by Cramer Machinery 
Co. and Dallas Machine. and Locomotive Works. (See P. 10754) 

Old Oregon Trail Centennial Advisory Commission. Chairman 
reports on activities. 

Part-time man, to act as coordinator, requested. 

Awards. Commission announces award of contracts. 

Marion County. Stayton, N. Santiam Highway. A. R. Meyers re~ 
quests revision in alignment through town. To be investigated. 
Request for improvement of county road up Little North Fork 
of the North Santiam River denied. 

Warm Springs Highway. Delegation inquires as to plans for 
improvement. 

Washington County. Davies Overcrossing. Construction, using 
untreated timber, approved. 

Moorman forgery case. Resolution presented re matter pertaining 
to defalcation, No action taken. 

Traffic Scales, Secretary of State's request for use of scales, 
jn connection with licensing of trucks, approved. 

Benton County. Alsea-Deadwood Secondary Highway. Removal from 
secondary highway system and exchange for county road discussed. 

Clackamas County. Exchange of county roads discussed. County ap- 
proves exchange of Ustacada~Sandy Section of Woodburn-Sandy Sec- 
ondary Highway, for Molalla-North Fork County Road. No action. 

Personnel. Emvloyment of safety engineer considered. Action de- 
ferred. 

Permit. Portland Traction Co. requests permit to operate trolley 
busses on certain highway routes in Portland. Approved. 

Claim. Harry Harkness claims damages for accident caused by 
traffic barrier on Interstate Bridge. Payment approved. 

Equipment. Purchase of two portable fire pumps, for use of 
state parks department, authorized. 

Maps. Policy adopted re distribution. No maps to be furnished 
public unless highway location has been permanently adopted. 

Sneed zones. Standard form of resolution adopted, to be used 
in establishment of speed zones. 

Resolutions adopted establishing following speed zones: 
Pacific Hwy. West. Two sections between iir 9.477 and 10.780. 
Oregon Coast Hwy. Eight sections between MP 24.0 and 44.0. 
Wolf Creek Hwy. Short section between iP 46.63 and 47.29. 

‘raffic safety legislation. Attorney instructed to prepare biil 
requiring truck owners to attach splash guards to trucks. 

Surveys. Complete location surveys authorized as follows: 
Troutdale-The Dalles Section of new Columbia River “Mivhway; 
Roseburg-Grants Pass Section of the Pacific Hichway; 
Washburn-North Plains Section of the Wilson River Hivhway. 

Survey records. Preservation of records from loss by fire, etc., 
discussed. Engineer to report findings at next meeting. 

Lake County. Lakeview. City requests oiling of strips along each 
side of Western Avenue, route of Klamath Falls-Lakeview Highway. 
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Tillamook County. CCC Camp Site at Short Sand Beach. Pur- 
chase approved. 

Linn County. Cascadia Park. Request for monument honoring 
late Joseph Ralston referred to Lewis A. McArthur for rec- 
omnmendation. 

Lane County. Jessie M. Honeyman Park. Proposed soil conser- 
vation district. Request for state approval denied. 

Clackamas County. Proposed park at Wilhoit Springs. Senator 
Rufus Holman suggests establishment of state park. 

Linn County. Cascadia Park. Request of Rev. D. V. Poling and 
F. H. Pfeiffer for hearing re encroachments zranted. 

Washington County. Wolf Creek Highway. Condemnation of EF. F. 
Friday property, needed for right of way, ap roved. 

Claim. Phoenix Iron Works claims damages to property at north 
end of Union Ave. viaduct, by reason of highway construction. 

Permit. M. 3. Lyons remests permit to transport turkeys from 
Portland to California in overlength equipment. Denied. 

Multnomah County. Portland. Conference with city officials 
relative to Market Building, on Front Avenue. 

Klamath County. Klamath Falls. Proposed improvement of South 
6th St. to be given special consideration at January meeting. 

Umatilla County. Pendleton airport. Request of U.S.Amy 
officials for usé of property opposite airport approved. 

Malheur County. Nyssa underpass. Mrs. John Thomson claims 
damages to property due to construction. Construction of 
access road to adjoining lot approved. 

Linn County. Waverly Lake, Albany. Request of property owners 
adjacent to lake to improve state land along lake denied, 
Request of sponsors of log-rolling contest at Waverly Lake 
for permission to leave poles in present location denied. 

Jefferson County. Madras. Sale of certain property at over- 
crossing discussed, Action deferred. 

Wasco County. Celilo Indian Village, on Columbia River High- 
way. Removal of village to another site considered, in order 
to secure needed right of way. Attorney to secure option. 

Klamath County. Green Springs Hwy. lrs. Hecker, Klamath Falls, 
requests adoption of permanent location of highway. 

Awards. Commission announces awards of contracts. 

Permit. Request of Messrs. Liskey and Hinsel to operate over- 
weight equipment on Oregon highways denied. 

Klamath County. Gravel pit for Klamath Falls-itcrrill Section. 
4equisition from county considered. 

Ylamath Falls. South 6th Street. Exchange of property 
with Klamath Falls School Dist. approved. ‘ 

Jefferson County. Madras. Sale to Jude W. R. Cook of small 
building on property acquired from Lester Punnill approved. 

Curry County. Port Orford. Disposal of Knapp Hotel building 
discusscd.Fnzineer instructed to have windows boarded up. 

Jefferson County. Madras. Request of Emil Henskie for con- 
struction of fence on his property discussed. 
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10730 Nov. 17 Contracts completed and accepted as follows: (cont.) 
South Newport Section, Edward F. Altree; 
Donaldson Creek-Mills Bridge Section, Roy L. Houck; 
Clackamas Grade Separation Project, Frank Watt Const. Co.; 
West Ranch-Island City Section, Norris Brothers; 
South Milton Section, Blair T. Alderman. 

Meeting dates. December 18 and 19, 1941, confirmed as regular 
meeting date in December, January 15 and 16, 1942, confirmed 
as regular meeting date in January. 

Condemnation. Daniel Gorman Estate. Short Sand Beach Park, 
Tillamook County. Resolution adopted. 

Multnomah County. Market Building, Portland. Conference with 
city officials set for November 18, re use of building. 

Right of way budget. Assistant Attorney's report. 

Real property. Resolution authorizing acquisition. 

Coos County. Marshfield. Special appraisal of ~reenhouse on 
property of J. D. Bergen, authorized. 

Condemnation. Recommended offers. Resolution adopted, as fol- 
lows: Right of way for Oregon Coast Highway; Pacific Highway. 

Lane County. Eugene-Springfield Section. Hitchcock & Reagan 
property. Condemnation offer approved. 

Equipment. Bids for three paving plants reconsidered. Action 
deferred. (See P. 10754) 

Old Oregon Trail Centennial Advisory Commission. Employment 
of Carl Werner on half-time basis approved. 

10741 Nov. 18 Bids received on the following projects: 
Ylaskanine Sunmit-Jewell Rock Production; 
Halsey Rock Production; 
Illahee-Steiwer Hill Section, grading and paving; 
Interstate Bridge-Oregon Slough Section, roadbed widening; 
Rickreall Rock Production; 
Gerking School-Athena Section, grad., surf. and oiling; 
Sylvan-West Slope Section, grading and paving. 

Claim. Refund to Zidell-Steinberg Company, for cement inad- 
vertently purchased with scrap steel rails, approved. 

Permits. Consolidated Freightways, Inc. requests permit to 
operate, over state highways, oversized equipment. No action. 
Request of "Tulane Farm" to transport oversized equipment 
over Pacific Hwy. near California state line. No action. 

Parks Superintendent reports on park matters. 

Park Budget. Status report approved. 

Hood River County. Shell Rock Mountain, Acquisition of 
Kvavle property considered, Action deferred, 

Jefferson County. The Cove State Park, Renewal of lease 
covering government land approved. 

Juniper wayside strips, Agreement with U. S. Dept. of In- 
terior for preservation of juniper strips considered, 

Multnomah County. Crown Point. J. H. Gilbaugh tract, Pro- 
posed purchase discussed, 
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Agreements, etc., signed as follows (cont.): 


Malheur County, providing for maintenance of Lytle Blvd.; 

Sherman County and City of Moro, providing for lease of 
maintenance site in town of Moro. 

Harold A. Green and H. H. Kingrey, disposing of claim for 
damage to property in town of Nyssa; 

Portland Traction Company, granting authority to operate 
trolley busses over certain state highways in Portland; 

Bargain and Sale Deed, conveying unto Pacific Power & 
Light Co. parcel of land in Jefferson County. 

Bargain and sale deed, conveying unto 0. D. Rhoads prop- 
erty in Eugene, Lane County; 

Bargain and sale deed, conveying unto Emil Duyck 11.18 
acres of land, in Washington County. 

Bargain and sale deed, conveying unto Curtis Hansen 0.34 
acre of land, in Lane County; 

Bargain and sale deed conveying unto Geo. D. Saxton two 
parcels of land,in Washington County; 

Bargain and sale deed, conveying unto Rose Utecht and 
Chris Utecht two parcels of land adjacent to Wolf Creek 
Highway at North Plains; 

Bargain and sale deed, conveying unto Nathan Wise, trustee, 
550 sq. ft. of land in Astoria. 


2 RP tla 


10750 Nov. 18 


10751 


Sub ject 


Roadside strips. Oregon Roadside Council offers suggestions 
re acquisition. 

Douglas County. Camas Mountain Park, Coos Bay-Roseburg High- 
way. Purchase from federal goverment approved. 

Lane County. Cottage Grove. Vacation of dead-end street ap- 
proved, 

Washington County. Middleton-ilewberg Section of Pacific High- 
way. County will retain portions abandoned by state. 

Lincoln County. Waldport-Scott Creek Section of Alsea Highway. 
County will retain portion abandoned by state. 

Multnomah County. Portland. Harry Mercer offers to deed prop- 
erty at corner of Union and Denver Aves. to state, if Standard 
Oil Co. is granted use of 9-ft, strip. Arrangement approved. 
Union and Denver Avenues. Channelization of traffic at in- 
tersection approved, 

Douglas County. Dillard Section, Pacific Highway. Sale of | 
portion of property acquired from Sadie Sheridan authorized. 

Hospital associations. Renewal of contracts discussed. .. 

log hauling. PUC complains that log haulers are not stopping 
at Canby railroad crossing. Signs to be erected. 

Traffic scales. Installation at junction of Wolf Creek and 
Oregon Coast Highways, in Clatsop County, requested. 

Multnomah County. Portland. Battleship Oregon Marine Park. 
Request for installation of lighthouse lens discussed. 

Clackamas & Marion Counties. Pudding River Bridge, Aurora. 
Letter from Interstate Commerce Commission re condition. 

Washington County, Two small bridges on North Plains-Sylvan 
Sec., Wolf Creek Hwy. Approved for construction program. 

Malheur County. County court's request that following roads 
be placed on state secondary highway system denied: 

Quaker Corner Gounty Road; 
Valley View and Clark Avenue County Road; 
Enterprise Avenue County Road. 

Federal Aid Secondary Highway Projects. PRA requests another 
partial program to increase total to 50% of that allowed. 
Permits. Oversized equipment. Rule for passing on requests 

for permits tentatively approved. 

Equipment. Paving plants. Acceptance of bid of Dallas Ma- 
chine and Locomotive works to be recommended, 

Hospital association, Renewal of present contract of National 
Hospital Assn. for period of six months at present rate ap- 
proved, 

Tillamook County. Oceanside. Request for warning signs re 
driving on beach. To be investigated. 

Request for historic markers on Tillamook Highways denied. 

Federal Highway Funds. Telegram to Oregon's delegation in 
Congress urging appropriation of federal road funds. 

Agreaments, etc., signed as follows: 

City streets: Brownsville, McMinnville, Monmouth, Toledo, 
Waldport, Seaside, Sheridan, Ione, Stayton, Freewater, 
Vernonia, Tillamook; 
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Enroute John Day, Oregon, July 23, 1941 wes. 
The following is a brief resume of matters disposed of by Chairman i 
ae 


Henry F. Cabell, enroute from Portland to John Day, where @ special meeting of 
the Commission was held in the home of Commissioner Oliver on that evening. ; 
Accompanying Mr. Cabell on this trip were: R. H. Baldock, State Highway Engi- y 
neer; J. M. Devers, Attorney; and H. B. Glaisyer, Secretary. It was previous- rs 
ly arranged that all three Commissioners would meet at Commissioner Oliver's : 
home in John Day to dispose of accumulated routine matters and to pass on de- & 
cisions made by Chairman Cabell enroute. s 


1. Inspection of the Gilbaugh property at Zig Zag Creek on the 

Mount Hood Highway, near Rhododendron. Such inspection revealed sev- + 
eral large, concrete blocks on the edge of the stream, the blocks : 
being connected with large cables embedded in the concrete, and it 


away of the bank of the stream by high water. The Attorney advised 
that Mr. Gilbaugh is complaining because he does not have free access 
to the stream from his adjacent property, and indicated that he would 

be satisfied if the cables were cut. It was the opinion of Chairman f 
Cabell and the Engineer that no harm would result from the cutting 

of the cables, in view of which it was decided to dispose of the mat- 
ter in such manner. The Engineer stated that he would have the cables 


cut at once. 


) 2. Inspection of Warm Springs Highway. The party joined a ' 
group from Jefferson and Deschutes Counties at Bear Springs Junction : 
and an inspection of the Warm Springs Highway was made immediately 
thereafter. Luncheon was taken at the Madras Hotel, following which 
at 2:00 p. m. the local committee, consisting of about thirty mem- 
bers from Madras, Prineville, Bend and Redmond, made an urgent plea 
for the early completion of the Warm Springs Highway. County Judge 
Thomas A. Power, of Jefferson County, presided. Chief spokesman for 
the group was the Honorable Ralph Hamilton, Circuit Judge, Bend. Re- 
sponding thereto Chairman Cabell recited the history of this road 
and explained the status of funds. He advised that the Highway Com- 
mission appreciates that the Warm Springs Highway is an important 

| link in the state highway system, and that it is the desire of the 

Highway Commission to complete the construction of the same as soon i 

: as possible. He also said that the Commission would give the matter F 
very careful consideration in the next allocation of funds, but is P 

the present time to make any definite commitment, q 


Se) in eee 


not in position at 


at 2:45 Pe Mey following which the party 
motored to John Day, inspecting enroute the Glen W. Berry property at Prine- 
ville, concerning which there is a controversy. Mr. Berry was not present, 
having moved to Portland, so no action was taken on his claim. 


The meeting adjourned 


————— 


i al) RSE SIA AT es es clears 


10492 


Engineer's report dated February, 1939. He requested authority to make a 
a survey along such route. The Commission approved the request unani- 
mously. 


The Engineer also presented ean economic analysis of the Yiasco-Condon 
Section of the Wasco-Heppner Secondary Highway, in Sherman and Gilliam Counties. 
The report was discussed briefly, but action was deferred for future consider- 
ation. 


The Attorney reported receipt of a letter from the Crown-Zellerbach 
Corporation, with respect to the leasing of the shore lines along the Willa- 
mette River, at Oregon City, in which the corporation indicates refusal to 
increase the amount of its previous offer for the use of such land and con- 
siders the matter closed so far as the corporation is concerned unless it 
should decide at a later date to increase the amount of its offer. The Com 
mission took no action on this matter. 


The Secretary presented a resolution from Wallowa County Court and 
a petition signed by numerous taxpayers of Wallowa County, requesting action 
as may be necessary to eliminate the steep, icy, dangerous and difficult por- 
tion of the Little Sheep Creek Secondary State Highway, between Joseph and 
Imnaha, particularly the unit thereof which extends from the top of Sheep 
Creek Hill to Little Sheep Creek. The Evigineer advised that this section is 
: 1.27 miles in length, and that it would cost about $25,000 te regrade, surface 
1 and oil the section. The Commission deferred action on this matter pending 
a personal inspection of the project on its next trip into this district later 
in the year. 


: A letter was presented from lr. Frank Rebberg, Sandy, Oregon, re~ 

: questing the oiling of the Eagle Creek-Sandy Section of the “oodburn Second- 

: ary Highway, and also requesting the oiling of the county road which connects 
this highway with the main road from Sandy to Estacada. The Commission de- 
ferred action on this matter pending 4 personal inspection of the roads by 
Chairman Cabell and the Engineer. 


The Engineer reported that, due to increase in contract prices, the 
amount budgeted by the Commission for construction of the West Unit of the 
Shaniko-Cow Canyon Section of the Sherman Highway is not sufficient to do the 
entire job. He recommended, in view thereof, en increase in the budget al- 
lowence from $85,000 to $120,000, inasmuch as this job is scheduled to be con- 
trocted this fall and it has been the intention of the Commission to complete 
the work in its entirety, rather than by piece-meal. The Commission approved 
the request and so ordered. 


The Engineer also requested authority to advertise for bids for the 
furnishing of maintenance materials for the following projects: 


Viento-Mosier Rock Production Project. Estimated cost $20,000. 
Gilliam County Line-Umatilla Section. Estimated cost $17,000. 
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John Day, Oregon, July 23, 1941 


The State Highway Commission met in special session at 8:30 p. m. at 
the home cf Commissioner Herman Oliver. Present were: 


Henry F. Cabell, Chairman 

Huron W. Clough, Commissioner 

Herman Oliver, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


The Commission approved by unanimous vote the minutes of the meetings 
held on January 21 and 22, February 14, February 27 and 28, March 24 and March 
26, 27, and 28, 1941. 


The Engineer discussed with the Commission the matter of increasing 
the wages of employees in the Maintenance Department, particularly those who 
are paid on the hourly basis. He recommended a ten per cent increase for such 
employees and a corresponding increase for foremen of maintenance crews who 
ere paid on a monthly basis, and sutmitted a tabulation showing the classifica- 
tion of the employees, present rate of pay, and the rate of pay for each class 
under the proposed schedule. After discussion, the Commission approved such 
increase, by unanimous vote, subject to confirmation by Governor Charles A. 
Sprague or the State Budget Director (see revised standard wage schedules wae 
to "M" inclusive, effective August 1, 1941.)* 


The Engineer reported the cost to construct 3.8 miles of the Siletz 
Secondary Highway, in J.incoln County, beginning at the end of the present sec- 
tion 5.5 miles south of Kernville, and extending southerly therefrom. By lin- 
iting the improvement to widening of the present grade with minor line changes, 
resurfacing and construction of an 0-ll oil mat, the project, he said, would 
cost about $66,000, compared to a total cost of $115,000 to reconstruct the 
section to higher standards. In this connection the Secretary presented a 
letter from the Werner Timber Company offering to contribute the sum of $5,000 
toward such expense, which would relieve the company from building an unload- 
ing dock in the Siletz River, for logs. The Engineer recommended acceptance 
of this offer and construction of the project on the basis of a standard im- 
provement costing $115,000. After discussion the Commission approved the rec- 
ommendation and authorized the Engineer to advertise the project for bids as 
soon as it can be prepared. 


The Engineer presented an economic analysis of the Illahe-Albany Sec- 
tion of the Pacific Highway East, covering alternate routes for the permanent 
location of the Pacific Highway between these points. The matter was discussed 
at considerable length during which the Engineer recommended adoption of the 
A-C-M-E-X Route as disclosed on the map attached to the Reconnaissance 


— 
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the obligation for the maintenance of that portion of the street which lies om 
under the bridge. After considerable discussion the Commission approved the te ft: 
construction of the footpath, provided the City of Florence would assume the “Bee 
responsibility for maintaining it subsequent to construction, and would treat 
the state in the same manner that the private property owners are treated with 
respect to such matters. The Commission ordered that the matter be covered 
by appropriate agreement between the city and the state to the effect that the 
construction of this sidewalk would entail no responsibility on the part of ; 
the state in regard to the future maintenance of the sidewalk itself or to is 
any maintenance or reconstruction of that portion of the street proper which th 
3 


passes under the bridge. 5 


The Commission discussed a letter from the Garibaldi Businessmen's 


Club, requesting the surfacing of the Oregon Coast Highway, full width between 4 
curbs, through the town of Garibaldi. The Engineer advised that investigation ae 
reveals that there are no curbs in this town at the present time. He esti- S 
mated the cost, on the basis of improving the street without installation of 


curbs, at $2,000. The Commission deferred definite action on this matter 


pending further investigation by the Engineer. 
A resolution was presented from the Port Orford Chamber of Commerce 
urgently requesting the reconstruction of the Port Orford-Euchre Creek Sec- 
tion of the Oregon Coast Highway on proposed alignment that will not by-pass 
the town of Port Orford, and further urging the Commission to immediately ac- 
quire right of way across the Orris Knapp Hotel property at Port Orford, not- 
withstanding that the amount demanded by Mr. Knapp is in excess of the valu- 
ation plgced on the property by the Highway Department's appraisers. The 
Attorney advised that his latest offer to Mr. Knapp was $10,000, however, he 
believes that he could get Mr. Knapp to settle for $10,500, if the Commission 
will authorize the increase. After discussion and in order to close this mat- 
ter the Commission authorized payment of $10,500 as recommended by the Attor- 


ney. 


ast np a 


from citizens of Toledo requesting the 
elimination of dangerous curves on the Corvallis-Newport Highway, immediately i 
north of Toledo. A letter was also presented from the Toledo Chamber of Com- 
merce, endorsing the request and also requesting additional improvements west 
of the tom of Toledo. The Engineer estimated the cost of the widening work 
at $75,000 and gave as his thought that the expenditure is not justified at { 
this time, particularly in view of the work that the Commission is now doing ig 
on the Siletz Secondary Highway and the Oregon Coast Highway in this district. i 
The Commission concurred in the Engineer's viewpoint and instructed the Sec- : 
retary to so inform the petitioners. } 


ting a parking area for automobiles adjacent 


to the Weston-Elgin Secondary Highway, in Umatilla County, near Tollgate, had 
the attention of the Commission. The Engineer advised that the United States 


Forest Service is contemplating construction of a winter sports lodge at 4 


place known as "Spout Springs", about three miles east of Tollgate, and has 
made inquiries as to whether or not the State Highway Commission would coop- 


erate by widening the highway to facilitate the parking of cars off the 


A petition was presented 


The question of construc 
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He explained that both projects are included in the 1942 maintenance materials 
program, The Commission approved the request. 


A request was presented from the Oak Grove Parent-Teachers Association, 
Medford, for an extension of the sidevalk project heretofore approved by the 
Commission at the Oak Grove School. The Engineer advised that the proposed ex- 
tension is about one-half mile in length and will cost about $615.00, He recom 
mended approval of the request, in order to secure full benefit of the original 
project. The Commission approved the recommendation. 


A vetition was presented from the City of South Scappoose, Columbia 
County, requesting construction of a short road, about 760 feet long, connect- 
ing the old Columbia River Highway and the new Columbia River Highway et @ 
place known as Kocarnicks Store. There was also presented e letter from County 
Judge Rey Tarbell, of Columbia County, advising that the County Court is of the 
opinion that this road should be tuilt. The Engineer atvised that this matter 
has previously been before the Commission and was denied, and he recommended 
similar action et this time. The Commission approved the recommendation, at 
least for the time being. 


Tre Commission discussed a letter from Wi. J. Carlson, City Recorder, 
Cascade Locks, requesting the oiling of the graveled shoulders between the 
highway pavement and the concrete curbs on the Columbia River Highway through 
the town of Cascade Locks. The Engineer estimated the cost to pave such strips 
beteen stations 1LO+10 and 146+10 at $6,770.00, compared to a cost of $2,900.00 
to oil the strips between stations 107+00 and 160+00, using 0-9 specification. 
He recommended approval of an oiling project costing $2,900.00 and that the pro- 
ject be included in next year's budget. The Commission approved the recommenda- 
tion. 


Consideration was given by the Commission to a request from F. C. 
Hingsturg, Commander, United States Coast Guard, Seattle, requesting the im- 
provement of the Cape Blanco State Secondary Highway, in Curry County. The 
Engineer advised that this road is narrow and winding and generally in poor 
condition and, in his estimation, could not be improved by ordinary mainten- 
ance work. He estimated the cost to reconstruct the road in a proper manner 
at approximately $20,000 and recommended approval of the work as a federal aid 
secondary highway project. After discussion the Commission approved the recom- 
mendation and instructed the Engineer to endeavor to include it in the 1942 pro- 


gram. 


A letter was presented from the City of Florence, requesting the con- 
struction of en ciled footpath to replace an existing wooden sidewalk along the 
northerly side of Main Street in Florence, within the areca covered by the state's 
right of way, under the Siuslaw River Bridge. The Engineer estimated that it 
would cost about $65.00 to do this work, although, according to the Attorney, 
4t is not the Commission's obligation. He also advised that there is an oiled 
street that passes under this bridge structure vhich the Highwey Department does 
not maintain, inasmuch es it was considered a part of the original street, with 
the bridge being considered simply an overhead structure. If the footpath is 
constructed and maintained, it would indicate that the state should also assume 
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of traffic and the prevention of accidents. The Commission deferred a deci- 
sion in this matter pending a detailed report from the Engineer. 


The Commission also discussed a request from the City of Dayton, 
calling attention to the need for more adequate signalization of the South- 
ern Pacific grade crossing on the secondary state highway between Dayton and 
its junction with Highvay 99W. The Engineer advised that this signalization 
project is not contained in the present signalization program so if signals 
are installed now they will have to be paid for with state funds or with state 
and railroad funds. He also said that investigation of the crossing reveals 
that it is quite low in the priority list. In view of this report the Com- 
mission decided not to make the installation at the present time. The Secre- 
tary was instructed to so inform Mayor Carl H. Francis, Dayton, and to advise 
him further that the Commission will give this project consideration in the 
formulation of its next signalization program. 


The Commission discussed a letter from William F. Keady, Secretary 
of the Waldport Chamber of Commerce, requesting permission for the Waldport 
Lions Club to erect a concrete monument honoring soldiers, sailors and marines, 
on the premises of the state park at Waldport. The Engineer advised that the 
monument is to be about three feet square and eight or ten feet high. He 
recommended that the request be granted inasmuch as this park is really a 
city park and is primarily for use ty local people. The Commission approved 
the recommendation subject to the condition that the monument be placed in a 
location satisfactory to the Engineer. 


In this connection the Engineer suggested that title to the park 
should rest in the city, inasmuch as it is primarily for local use and is of 
no value to the state for park purposes. The Commission concurred and in- 
structed the Engineer to confer with the city authorities relative thereto. 


A. L. Schneider, General Freight Agent for the Oregon Nevada Calif- 
ornia Fast Freight, Inc., was present and asked the Commission to authorize 
the transportation over the Pacific Highway from the California line to Med- 
ford, of truck and trailer combination equipment having an overall length of 
60 feet and havinz a gross weight of 68,000 pounds. He alleged that, be- 
cause of the national defense program, the freight which his company is now 
being asked to haul has more than doubled, and in some cases tripled, within 
the past sixty days, and as a result the company is obliged to use additional 
truck and trailer units from California to Medford daily, which equipment, 
while legal in the state of California is not legal in the state of Oregon. 
He further advised that a very large percentage of the increased trafic con- 
sists of army airplane supplies assigned by the War Department for use in de- 
fence contracts, and that these consignments must go through without delay, 
but the company is not able to make deliveries with its present equipment with- 
out exceeding the Oregon statutory requirements. He urged the Commission to 
grant this privilege as a temporary proposition only, until such time as de- 
liveries have been made on new equipment meeting the Oregon requirements that 
the company has already ordered, which equipment they anticipate receiving 
within the next 30 or 60 days. He explained that under the present set-up 
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main-traveled roadway. He further advised that this matter has been investi- 
gated by Division Engineer T. C. “lilliams, who estimates thot to provide park- 
ing places for 200 cars would cost about $2,600, and who further advises that, 
if the Forest Service actually constructs the lodge as planned, the parking 
situation for cers will be acute unless such a parking area is provided. He 
recommended approval of the expenditure, The matter was discussed at consid- 
erable length, during which Chairman Cabell suggested that if the Forest Ser- 
vice would provide a parking area entirely off the highway right of way the 
state might maintain and keep it free of snow for use of winter sports enthus- 
iasts, as is now being done adjacent to the Mount Hood Highway. The sugges- 
tion was approved by Commissioners Clough and Oliver, and the Engineer was in- 
structed to present it to the Forest Service and ascertain its reaction thereto. 


Reconsideration was given by the Commission to the matter of improv- 
ing the Sandy Boulevard route of the Columbia River Highway, between S2nd Street 
and 122nd Street. The Engineer advised that it would cost about. $40,000 to im- 
prove the section between 82nd Street. and 108th Street, and an additional $3,500 
to oil the shoulders between 108th Street and 122nd Street. He recommended the 
improvement. as a very desireble project in the 1942 program, The Commission 
approved the recommendation and so ordered. 


The Secretary presented a letter from Harry R. Schuppner, Hajor, 
Q.M.C., United States ar Department, in which the State Highvay Commission 
was requested to make studies as may be necessary for an access road extending 
from the Boardman-Stanfield Highway to the U. S, Army amqnition dump west of 
Hermiston, including an underpass under the Union Pacific railroad tracks. The 
Engineer recommended approval of the request to the end that preliminary plans 
and estimates may be available when funds are provided to construct the same, 
The Commission approved the recommendation and thereupon euthorized the Engi- 
neer to make such surveys. 


TL Se om eK 


The Engineer reported a request from the city officials of Hermiston 
for assistance from the State Highway Commission in relieving a traffic con- 
gestion in their town, which has regulted from activities incident to the con- 
struction of the U, S. Army ammunition dump about 7 miles west of Hermiston. 
He said thet Division Engineer Williams had made investigations of existing 
conditions and reports that the city is having a lot of difficulty in caring 
for the tremendous increase in traffic resulting from the government's opera~ 
tions, and the city officials have asked the construction of an alternate route 
for the highway, following approximately the railroad tracks from the easterly 
edge of Hermiston to the intersection of Main Street, and in his estimation 
the city's request is reasonable and the state should do something to relieve 
the situation. The Engineer gave as his thought that the matter should be 
given some study, and requested authority to make investigations and surveys 
as may be necessary. The Commission approved the request, and instructed the 
Engineer to render a full report of the matter at his earliest convenience. 


The Commission discussed a request from the City of Hillsboro for 
the installation of traffic signals at street intersections along the route 
of the Tualatin Valley Highway through their city, as an aid in the handling 
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56 No log hauling whatsoever shall be carried on on state highways 
between noon on Saturday and 1:00 a. m. on the following Monday; 
nor on the following holidays: January 1, May 30, July 4, Labor 
Day, November 11, and December 25; any holiday designated by the 
President of the United States or the Governor of the State of 
Oregon; nor on any Monday immediately following any of said holi- 
days when such holidays fall on Sunday; nor on any Saturday morn- 
ing immediately following e holiday which occurs on Friday. 


6. Night-hauling of logs on state highways is strictly prohibited 
unless the hauling equipment is properly lighted in accordance 
with the legal requirements. 


7. The overall length of load and equipment shall not exceed the 
statutory limit. 


8. WNight~hauling of logs shall not be permitted unless the applicant 
for such privilege has complied with requirements of the Oregon 
Motor Vehicle Laws and the Oregon Motor Transportation Act. These 
rules and regulations are to be considered as supplemental to such 
laws and regulations. 


9. The violation of any of the provisions of the permit shall be 
considered sufficient cause-for the immediate suspension or can- 
cellation of the permit under which the equipment involved is 
being operated. 


The Engineer brought up for discussion a procedure to be followed 
by the State Highway Department weighmasters in weighing logging trucks to as- 
certain whether or not they are carrying on their activities in strict con- 
formance with the provisions of the statutes. In this connection the question 
arose whether or not such operators should be penalized for axle overloads as 
well as for gross overloads. The Commission decided that if an axle weight 
exceeds the allowable weight more than 10 per cent, then the penalty shall be 
the same as is now imposed for gross overloads. It was decided that such pen- 
alty shall apply to tandem-axle log-hauling equipment as well as to single- 
axle equipment. The Engineer was instructed to insert a clause in his in- 
structions to weighmasters to that effect. He was also instructed to have the 
weighmasters report other violations of the law and report such violations to 
the Commission at its regular meetings when the Commission will determine the 
penalty that should be imposed for such violations. In this connection the 
Engineer recommended the cancellation of permits of log haulers who refuse to 
consent to the weighing of their equipment if they are within two miles of the 
state highway department's scales. The Commission approved the recommendation 
and ordered that this feature also be included in the list of instructions to 
weighmasters. 


The Commission discussed the Engineer's report on alternate routes 
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his company can operate its standard equipment only as far as the Oregon line 
where the truck and trailer units are broken up into units that meet the Ore- 
gon requirements as to length and are then taken to Medford, where the freight 
is transferred to other equipment. Such procedure, he said, is not only costly 
but prevents the quick delivery of the freight. Their primary purpose is to 
avoid the consequent delays in delivery of the material that the government is 
in a hurry for. In this connection the Secretary presented a letter from Mr. 
Wm. M. McAllister, Attorney, Medford, supporting Mr. Schneider's oral request 
(see letter dated July 22, 1941, in General File). Chairman Cabell explained 
the Commission's attitude with respect to such movements, and its policy in 
regard to the granting of permits. After a lengthy discussion, the Engineer 
recommended that the Oregon Nevada California Fast Freight, Inc., be granted 
a thirty-day permit, authorizing isolated movements only consisting of loads 
that are not less than 75 per cent government defense materials, and that 
this permit be absolutely cancelled after the thirty days expire. The Com- 
mission approved the recommendation with the understanding that a manifest 
shall be carried in each truck disclosing the commodities being transported, 
such information being for the benefit of the State Police officers in check- 
ing the loads. 


The Commission discussed the matter of permitting log hauling on 
state highways, starting at 12:00 o'clock midnight and ending at dusk on the 
same day, as has been requested by log-hauling operators from the Coos Bay dis- 
trict. Chairman Cabell outlined for Commissioner Oliver's benefit the argu- 
ments presented to the Commission by this delegation at the previous meeting 
in support of their request. After discussion the Commission voted unanimous- 
ly to grant such privilege for the next ninety days as a trial proposition, 
and instructed the Secretary to recommend to the Public Utilities Commissioner 
the granting of requests for such privilege, subject to the following conditions: 


1. No part of the hauling equipment or load shall extend beyond or 
to the left of the highway center stripe or to the left of the 
center of the traveled roadway in case there be no center stripe. 


The width of the load shall not exceed eight feet and the speed 
of the movement on sharp curves and narrow bridges shall not ex- 
ceed fifteen miles per hour. Except as to such limitations, the 
statutory speed limit restrictions shall control. 


Flagmen shall be maintained by permittee at points where the log- 
ging equipment, either loaded or empty, enters upon or leaves 
state highways, and each flagman shall be equipped with red lan- 
terns or other approved signalizing devices to warn approaching 
traffic. One flagman shall be stationed on the highway approxi- 
mately 300 feet on each side of the point of entrance or exit as 
the case may be. 


Log hauling on state highways is absolutely prohibited between 
8:00 p. m. and midnight of the same day. 


A Section of the North Santiam State Secondary Highway No. 262: 


Beginning at Detroit and extending easterly and south- 
easterly along the north bank of the North Santiam River 
to the Linn-Marion County line, a distance of approximately 
11.1 miles. 


2. That the said highway shall be and hereby is qualified 
for improvement under the provisions of said Chapter 248, Oregon Laws 
of 1931; Chapter 196, Oregon Laws of 1935; and Chapter 529, Oregon 
Laws of 1939; and amendments thereof. 


WHEREAS, under the provisions of Chapter 248, Laws of 1931; 
Chapter 196, Laws of 1935; and Chapter 529, Laws of 1939; the State 
Highway Commission, by mutual agreement with the respective county 
courts of the several counties of the State, is authorized and empow- 
ered to select, locate, and designate a system of secondary state 
highways, which highways shall be selected from the market roads or 
other county roads, or available locations or routes of the several 
counties; and 


WHEREAS, the State Highway Commission, by mutual agreement 
with the Linn County Court of the State of Oregon, has selected the 
road or highway hereinafter named, and it is the purpose of the Com 
mission to officially and regularly designate and adopt said highway 
as a highway to constitute, together with other highways heretofore 
adopted and/or which may hereafter from time to time be added, the 
system of secondary state highways under the provisions of said acts; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the State 
Highway Commission, all members being present and affirmatively vot- 
ing and participating, as follows: 


1. That the following described market road, county road, 
highway, route, or location of a highway jn Linn County be and the 
said market road, county road, highway, location, or route, hereby 
is selected, designated, established, adopted and approved as a sec- 
ondary state highway and shall be and hereby is designated as a part 
of the secondary state highway system, to wits 


A Section of the North Santian Secondary State Gichway No- 162 


Beginning at a point on the Linn-Marion County Line near 
Whitewater Creek; thence in e southerly and southeasterly 
direction to a junction with the Santiam Highway, a distance 
of approximately 20.2 miles. 


2. That the said highway shall be and hereby is qualified 


10499 


for a proposed secondary state highway extending from the Wolf Creek Highway, 
near Elsie, to Astoria. The report reveals that route No. 1, knowm as the 
Fishhawk Falls Route, is 29 miles in length and will cost $1,230,000 to con~- 
struct, and that route No. 2, the Nest Humbug Route, is 30.5 miles in length 
and will cost about $1,290,000. Route No. 3, the Saddle Mountain Route, is 
31 miles in length and will cost $1,240,000. The Engineer recommended adop- 
tion of route No. 1, which extends from Humbug Creek, on the Wolf Creek 
Highway, to Fishhawk Falls, on the Nehalem Secondary Highway. This matter 
was given very careful consideration by the Commission, and as a result, the 
Commission decided to adopt the route recommended by the Engineer, if and 
when the Clatsop County Court makes formal request for such designation. 


The Engineer reported that all encroachments on the North Santiam 
Highway, between Detroit and the Santiam Highway junction, have been removed, 
and that all conditions precedent to the designation of this section as a state 
secondary highway have been satisfied, so that the Commission can place this 
highway on the secondary highway system if it so desires. The Commission de- 
cided, in view of the report, to so designate this road, which is in accordance 
with previous understanding and agreement with the County Courts of Marion and 
Linn Counties. The following resolutions in respect thereto were thereupon 
adopted by the Commission by unanimous vote: 


WHEREAS, under the provisions of Chapter 248, Laws of 1931; 
Chapter 196, Laws of 1935; and Chapter 529, Laws of 1939; the State 
Highway Commission, by mtual agreement with the respective county 
courts of the several counties of the State, is authorized and empow- 
ered to select, locate, and designate a system of secondary state high- 
ways, which highways shall be selected from the market roads or other 
county roads, or available locations or routes of the several counties; 
and 


. 
q 
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WHEREAS, the State Highway Commission, by mutual agreement 
with the Marion County Court of the State of Oregon, has selected the 
road or highway hereinafter named, and it is +he purpose of the Com- 
mission to officially and regularly designate and adopt said highway 
as a highway to constitute, together with other highways heretofore 
adopted and/or which may hereafter from time to time be added, the 
system of secondary state highways under the provisions of said acts; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the State 
Highway Commission, all members being present and affirmatively voting 
and participating, as follows: 


1. That the following described market road, county road, 
highway, route, or location of a highway in Marion County be and the 
said market road, county road, highway, location, or route, hereby is 
selected, and designated, established, adopted and approved as a sec- 
ondary state highway and shall be and hereby is designated as a part 
of the secondary state highway system, to wit: 
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2. Thst the said highway shall be and hereby is qualified 
for + under the provisions of said Chapter 248, Oregon Laws 
1931, . and amendments thereof. 


WHEREAS, under the provisions of Chapter 248, Laws of 1931, 
Chapter 196, Laws of 1935, and Chapter 529, Laws of 1939, the State 
Highway Commission, by mutual agreement with the respective county 
courts of the several counties of the state, is authorized and empow- 
ered to select, locate and designate a system of secondary state 
highways, which highways shall be selected from the market roads or 
other county roads, or available locations or routes of the several 
counties; and 


WHEREAS, the State Highway Commission, by mutual agreement 
with the Yamhill County Cow't of the State of Oregon, has selected 
the highway hereinafter nemed and it is the purpose of the Commis- 
sion to officially and regularly designate and adopt said highway 
as a highway to constitute, together with other highways heretofore 
adopted and/or which may hereafter from time to time be added, the 
system of secondary state highways under the provisions of said act; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission, all members being present and affirmative- 
ly voting and participating, as follows: 


1. That the following named highway, route, or location 
of a highway in Yamhill County be and the said highway, location or 
route hereby is selected, designated, established, adopted and ap- 
proved as a secondary state highway and shall be and hereby is desig- 
nated as a part of the secondary state highway system, to wit: 


McMinnville Secondary State Highway No. 156, described as 
follows: 


Beginning at the intersection of the Pacific Highway (West) 
with the former route of the Pacific Highway (West) which 

is an extension of Lafayette Avenue northeast of McMinnville; 
thence in a southwesterly direction along the former route 
of the Pacific Highway (West), Lafayette Avenue and Johnson 
Street in McMinnville to the intersection of Johnson Street 
and Third Street in McMinnville; a distance of approximately 
1.80 miles. 


2, That the said highway shall be and hereby is qualified 


for improvement under the provisions of said Chapter 248, Oregon Laws 
1931, and amendments thereof. 


———— al 


for improvement under the provisions of said Chapter 248, Oregon Laws 
of 1931; Chapter 196, Oregon Laws of 1935; and Chapter 529, Oregon 
Laws of 1939; and amendments thereof. 


The Commission also, by unanimous vote, adopted the following reso- 
lutions extending the Three Mile Lane Secondary Highway No. 152, in Yamhill 
County, from its present terminus at the intersection of Third Street and John- 
son Street, in McMinnville, westerly along Third Street to the intersection of 
Third Street and Baker Street (route of the Pacific Highway West); and desig- 
nating as the McMinnville Secondary Highway No. 156 the old route of the Pacific 
Highway West which extends north from McMinnville along Lafayette Avenue, & 
distance of 1.8 miles. 


WHEREAS, under the provisions of Chapter 248, Laws of 1931, 
Chapter 196, Laws of 1935, and Chapter 529, Laws of 1939, the State 
Highway Commission, by mutual agreement with the respective county 
courts of the several counties of the state, is authorized and empow- 
ered to select, locate and designate a system of secondary state high- 
ways, which highways shall be selected from the market roads or other 
county roads, or available locations or routes of the several counties; 
and 


WHEREAS, the State Highway Commission, by mutual agreement 
with the Yamhill County Court of the State of Oregon, has selected 
the highway hereinafter named, and it is the purpose of the Commis- 
sion to officially and regularly designate and adopt said highway 
as a highway to constitute, together with other highways heretofore 
adopted and/or which may hereafter from time to time be added, the 
system of secondary state highways under the provisions of said act; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the State 
Highway Commission, all members being present and affirmatively vot- 
ing and participating as follows: 


1. That the following named highway, route, or location 
of a highway in Yamhill County be and the said highway, location 
or route hereby is selected, designated, established, adopted and 
approved as a secondary state highway and shall be and hereby is 
designated as 4 part of the secondary state highway system, to wit: 


A Section of the Three Mile Lane Secondary Highway No. 152, 
described as follows: 


Beginning at the intersection of 3rd Street and Baker Street 
in McMinnville; thence easterly on 3rd Street to the inter- 
section of 3rd Street and Johnson Street; a distance of ap- 
proximately 0.45 mile. 
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1942 STATE PARTIAL PROGRAM ON SECONDARY HIGHWAYS 
County Highway Section and Kind of Work Estimated 
Cost 
Lincoln Siletz Forest Bary.-East, Grade & Surface $75,000 
Linn Scio-Lyons Surface & Oil 25, 000* 
Washington Farmington Road Hazeldale-Hillsboro Road, 4 Miles 
Grade, Surface & Oil 30,000 
Division 3 
Lane Territprial Smithfield-Elmira, 7 Miles, Surface 
& Oil $30,000 
° - Veneta-Crow, 4 Miles, Grade, 
Surface & Oil 30 ,000 
Douglas Tiller-Trail Wright Ranch-fast, Grade, Surface 
& Oil 75,000 
Coos Powers Road Grants Creek-Powers, Surface & Oil 50 ,000 
Division 4 
Hood River Heod River Woodworth Acres-Bailey Road, Grade, 
Surface & Oil $50,000 
Sherman Sherars Bridge Buck Hollow, Grade & Top 15,000 
ee 
*Brought forward from previous F.A.S. programs. 
Division 5 
Malheur Vale-Vest Bully Creek, Grade, Surface & Oil $50, 000#* 
Gilliam Wasco-Heppner Condon-Morrow Co. Line, Surfacing 75,000 
Harney Frenchglen Wrights Pt.-Narrows, Surfacing & Oil 25,000 
Union Starkey Grade & Surface 50, 000%* 
Umatilla Athena-Cold Grade, Surface & Oil 25 ,000* 


Springs 


es 
*Brought forward from 1941 F.A.S. progran. 
##Tentative approval only. 


—— 


The Commission also approved a special maintenance budget of 
$450,000 for rock production projects, it being understood that the individual 
projects would be presented for approval as they arise. 


The Commission discussed briefly the complaint of Mr. H. E. Hein, 
Scappoose, regarding use of a state-ommed gravel pit which edjoins Mr. Hein's 
land on which he maintains cottages for rent. Mr. Hein contends that the 
continued use of this gravel pit by the state is devaluating his property and 
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The Commission adjourned at 11:50 p. m. with the understanding that 
additional routine matters would be disposed of on the following morning, en- 
route to Nyssa and Ontario. 


Enroute John Day to Nyssa, Oregon, July 24, 1941 


The Commission left the town of John Day at 7:15 a» m, and enroute 
to Nyssa disposed of the following routine matters, all Commissioners, the 
State Highway Engineer, the Attorney and the Secretary being present: 


The Engineer discussed with the Commission partial programs for con- 
struction work on primary and secondary state highways for 1942 performance, 
to be paid for with state funds. After discussion the following projects were 
approved for the two programs, and the Engineer was authorized to work up the 
plans for each project and to advertise them for bids as soon as the plans are 
ready: 


1942 STATE PARTIAL PROGRAM ON PRIMARY HIGHWAYS 


Highway Section and Kind of Work 


Divisions 1 and 2 
Alsea Rock Creek-West, Grade, Surface 
and Oil $75,000 
Tualatin Valley Sylvan-West Slope, Grade & Pave 75,000 
Santian Lebanon-East, Grade Stabilization 75,000 


Division 3 


Coos Oregon Coast Gold Beach, Pave $60,000 
Jackson Crater Lake Medford-Eagle Pt., Grade & Pave 100, 000 


Division 5 


Wallowa Enterprise-Lewiston Enterprise-Forest Bary., Grade, 
Surface & Oil 

Grant John Day-Burns Soda Mt.-South, Surface & Oil 

Harney Lakeview-Burns Wagontire-North, Grade, Surface 
& Oil 


é 
{ 
: 

é 

e = 
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: 

: 
1 
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#Include with previous allocation of $47,400. 


F. M. Franciscovich, lir. Rohkonen's attorney, 
with respect to the claim, and learned that lir. Rohkonen has no funds what- 
seever and that it vould be absolutely impossible for him to pay the clein. 
In vier of this report the Commission decided that it would be useless to 
make any further effort to collect, and instructed the Attorney to let the 


matter drop, 


correspondence with Senator 


The Commission discussed, and referred to the Attorney for advice, 
the claim of the Gault Lumber Company for damage to 4 bridge on & privately- 
owned road connecting with the Siuslaw Highway, which it is alleged was de- 
—" last year during the progress of highway construction work at this 
po . 
iefly matters pertaining to its authority 
Oregon Laws of *%at, whereby there ‘7a$ 
al Advisory Commission, and there was 


The Commission discussed br 
under the provisions of Chapter 297, 


created the Old Oregon Trail Centenni 


appropriated from the State General Fund the sum of $15,000 for disbursement 
under the direction of the State Highway Commission jn commemorating the Old 


Oregon Trail. The Attorney pointed out that the bill provides for the ep- 
pointment of a commission to be knomm as the "Old Oregon Trail Centennial Ad- 
visory Commission", and that it also places certain responsibility on the 
State Highwey Commission. The Commission considered a conference betiveen the 
tt commissions desirable for discussion of matters of mutual coneern, and 
accordingly ordered that the Old Oregon Trail Centennial Advisory Commission 
be invited to meet with the Highway Commission at its next regular meeting for 


such purpose. 


The Commission 
its authority over advertisin: 
incorporated cities and toms, 


from the Attorney 45 to what cities 
covering this feature. The Attorney was instruc 


The Commission also discussed the advisability of modifying its pres~ 
ent policy with respect to the construction of culverts under private road ap= 
proaches to state highways, and decided to make no change in such policy; hov- 
ever, ordered that hereafter, in each instance, a party desiring to install 
such type of culvert shall first obtain a permit from the State Highway Com- 
mission before commencing construction of the eulvert. 


discussed a letter from the Attorney with respect to 
signs placed on state highway routes through 
but deferred action thereon pending a report 
and torms in Oregon nor have ordinances 
ted to secure such information. 


ov=removal operations on roads leading to 


the Anthony Lakes Recreational Aree, in Baker County, for the benefit of win- 
ssion. The Engineer advised 


ter sports enthusiasts, "as discussed by the Commi 

that for the most part such roads are not on the state highway system and that 
the forest section has not been constructed to standards that would permit op- 
eration of modern, snov—fighting equipment; further, that the road is a stub- 
end road simply extending into the forest and does not connect with any other 
road and, in his estimation, s thereon is not 
an economically sound undertaking. The Commission deferred @ decision in the 
matter pending a conference with interested local citizens later in the sum 


mere 


The matter of conducting sn 
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is creating a dangerous condition for his tenants. The Engineer advised that 
the gravel pit is not a new one, having been used for many years by Columbia 
County, and was acquired by the state from the county in 1940 for use in con- 
nection with reconstruction of the Lower Columbia River Highway. Since acquisi- 
tion of the quarry, he said, the highway contractor has been removing materials 
for his work, but his operations are now practically complete; furthermore, the 
querry has been fenced, so in his estimation Mr. Hein has no further cause for 
complaint. Action on this matter was deferred by the Commission pending per- 
sonal inspection of the premises by Chairman Cabell. 


The Commission discussed matters pertaining to the Annual Convention 
, of the American Association of State Highway Officials, which is to be held in 
! Detroit, Michigan, September 29 and 30, and October 1 and 2, 1942. It was de- 
cided that all three members of the Commission, the State Highway Engineer, 
the Assistant State Highway Engineer, and the Attorney should attend this meet~- 
ing at state expense, if Governor Charles A. Sprague approves. 


The Attorney requested authority to print a compilation of the lavs 
of the State of Oregon affecting roads and highways, including those enacted 
by the 1941 Legislature. He estimated the cost of printing 1,000 copies of such 
compilation at approximately $1,000. The Commission approved the request. 


2 The Engineer requested authority to advertise the following projects 
4 for bids to be received by the Comission at the special meeting of the Commis- 
; sion to be held in Portland about the middle of Ausust: 


Class Of Estimated 
Project Funds Cost 

Structural Steel, Morrison Street Bridge 40 FA $ 6,500 

South Milton, Roadside Improvement 42 FA 2,200 

Shaniko-Cow Canyon (W. Unit), G., S. & Oil 42 FA 121,000 

Fisher Road-Oak Hill, Grad., Surf. & Oil 41 FAS 33,900 

Banzer Bridge-Mist, Grad., Surf. & Bit. Mac. 42 FAS 82,000 

fe Wrights Point-Narrows (N. Unit), Grad. & Top. 41 State 28,000 
4 Middle Unit, Crabtree Corner-Lebanon, G. & P. 41 State 75,000 
a Forest Boundary-Reed Creek, Siletz Sec. Hwy. 41 State 115,000 


Grading, Surfacing & Oiling 


The Commission approved the request and thereupon set the date for such meet- 
ing as Thursday, August 14. 


The Commission discussed and referred to the Engineer for additional 
information a request from the United Contracting Company for relief from pay- 
ment of the full amount of the penalty imposed on them by the Commission for 
failure to complete their contract No. 2340, for the construction of the Cor- 
vallis-Lincoln School Section, in Benton County, within the specified time 
limit. 


: The Commission reconsidered its claim against Charles J. Rohkonen 
for damages that occurred to state equipment as a result of Mr. Rohkonen driv- 
ing his car into such equipment. The Attorney advised that he has had some 


payment of the claim, it would have to be paid under authority of Subsection 
15 of Section 100-115 0. C. L. A. The Engineer recommended payment of the 
claim. The Commission approved the recommendation. 


The Commission had under discussion the adoption of a policy with 
respect to the collection of damages for injuries caused to highways by farm 
equipment. The Attorney advised that the law provides that people who damage 
highways by movement thereover of farm machinery are liable for the damage, 
although as far as he knows the statutory liability has never been enforced. 
After discussion the Commission ordered that such claims be collected and that 
suit be instituted to collect, if necessary, and that such procedure be fol- 
lowed hereafter in cases of this kind. 


The Commission discussed and approved the State Highway Engineer's 
press release with respect to a proposal to reduce the license fees of pas- 
senger motor vehicles and light delivery trucks from $5.00 to $2.00 per year. 
(See statement in General Files for details.) 


The Commission approved and signed a joint letter with the District 
Engineer of the Public Roads Administration and the United States Regional 
Forester, revising the fiscal year 1941 forest highway program as agreed upon 
at the conference held in Portland on July 17, 1941. 


The Commission also approved and signed a second modification of the 
agreement with the federal government, covering construction and maintenance 
of the Beech Creek-Forest Boundary Section of the Pendleton-John Day Highway, 
in Grant County. 


A letter was presented from Mr. Carl H. Coad, Nyssa, offering ob- 
jections to the imprevement of the county road which extends southeasterly 
from Vale to a junction with the Nyssa-Adrian Secondary Highway, and stating 
his preference for the improvement of feeder roads out of Nyssa. The Secre- 
tary was instructed to inform Mr. Coad that the Commission is obliged to con- 
sult with the county courts with respect to county road improvements, inasmuch 
as they are the official bodies that represent the people of the counties, and 
must respect the wishes of the county courts regarding such improvements, 
otherwise chaos would prevail; however, the Commission will be pleased to bear 
Wr. Coad's suggestions in mind in the formulation of a program fer county road 
improvements in Malheur County. 


The Commission discussed a copy of a letter from E. P. Leavitt, Sup- 
erintendent, Crater Lake National Park, to the H. M. Gousha Company, map mak- 
ers, Chicago, in which lr. Leavitt suggests that the route numbers of certain 
state highways, viz., Nos. 62, 209, and 232, respectively, that are now shom 
on the copies of the road map of Oregon, be deleted therefrom insofar as they 
are within the park boundaries, and that there be substituted therefor a note 
to the effect that the state highways end at the park line and all highways 
within the boundaries of Crater Lake National Park are constructed and main- 
tained by the National Park Service. The Commission appeared favorably in- 
clined to the suggestion; however, deferred action in the matter pending 4 


The Commission had under consideration the closure of Contract No. 
1594 entered into by the State Highway Commission with Mr. Joseph H. Anderson 
on January 30, 1934, for the construction of a certain bridge over Mill Creek 
in the town of Aurora. 


It appears that Mr. Anderson has filed a claim for damages occasioned 
by the fact that he was not permitted to commence work at the time contemplated 
due to the failure of Marion County to procure the necessary rights of way. 
This claim is in the sum of $3,975. Offsetting this, the state has a claim in 
the amount of $1,519.37 against Mr. Anderson for certain surfacing which was 
performed on his contract by state forces. 


This controversy with Mr. Anderson has dragged along from year to 
year, and the state has repeatedly and diligently attempted to make an equit- 
able settlement. 


The Engineer reported that he had very carefully examined the con- 
tractor's claim for damage, and could only find justification for $1,350 as 
against the sum of $3,975 claimed. The Attorney reported that he had checked 
the Fngineer's report end was in substantial agreement with it but that on July 
13, 1939, he had written Mr. Anderson, stating that he would be willing to 
recommend to the Commission that the claim be settled in the amount of $1,519.37; 
which ‘ould close the books, this last sum being the exact amount of the state's 
claim against Mr. Anderson. 


It appears that under date of July 14, 1939, Mr. Anderson's attorney 
(Mr. Howard P. Arnest) refused this offer but made a counter offer to settle 
in the amount of $2,519.38, this proposed settlement being exactly $1,000 
greater than the state's offer. 


Both the Engineer and the Attorney stated that they considered this 
last offer unreasonable and recommended, in view of the state's inability to 
settle this «controversy, that authority be given to the Engineer to close the 
books on this project. 


After some discussion the Commission unanimously approved the recom- 
mendation and considered the transaction closed unless it becomes necessary to 
reopen it in the event of litigation. 


The Commission discussed the claim of Oren D. Lynch, for repairs to 
hig truck and trailer which were damaged by a falling rock on the Santiam High- 
way, near Sheep Creek ridge on July 9, 1941. The Engineer advised that one of 
the highway department's maintenance crews was engaged in removing some slide 
material above the highway at this point with a bulldozer, and it so happened 
that part of this material contained a large rock which rolled down the bank 
and struck Mr. Lynch's truck, causing damage to the truck, and the trailer at- 
tached to it, necessitating repairs *osting $47.19. The Attorney advised that 
this class of accident is not protected by the insurance the state carries on 
its equipment, so if the Commission acknowledges the liability and approves 
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A resolution was presented from the Board of Surveyors of Siskiyou 
County, California, in which the Highway Commission was asked to join with 
the Highway Department of the State of California in a request to the U. S. 
Forest Service for the designation as a Number 3 Forest Service Road of the 
Happy Camp-Obrien Road, which extends from Happy Camp, in Siskiyou County, 
California, to Waldo, Oregon, and is now designated as a forest @rail. It ap- 
pears that the designation of this road as a Number 3 Forest Service Road will 
make it possible for the U. S. Forest Service to improve it. The Commission 
decided not to join in this request unless the Forest Service intends to un- 
dertake a major improvement of the road in California. 


The Commission discussed and ordered filed an editorial from the 
Klamath Falls Basin Progress concerning the proposed improvement of South Sixth 
Street, particularly declaring that any plan for the improvement of this street 
which does not include improvement of the South 6th Street viaduct will be to 
a large extent a waste of money and effort. 


A resolution was presented from the Union County Pomona Grange fav- 
oring the seeding of highway slopes with Oregon-gromm grass seed adaptable to 
the locality in which the seed is to be planted. The Engineer advised that 
the suggestion is in conformity with the practice now being followed by the 
Highway Department. The Secretary was instructed to so inform the Grange. 


The Commission discussed a letter from John W. Cunningham and Assoc- 
iates, Engineers who are making studies for a proposed U. S. Army Cantonment 
between Corvallis and Monmouth, requesting that the Highway Department conduct 
surveys as may be necessary for the relocation of U.S. 99" (Pacific Highway 
West), from Rickreall to Corvallis, to accommodate the cantonment. The Com- 
mission expressed a desire to cooperate in this matter as much as possible, 
and thereupon authorized the Engineer to make the surveys if the U. S. Army 
will pay the costs involved. 


A report was presented from the Department of State Police with re- 
spect to log-hauling operations over Alsea Mountain, on the Alsea Highway. 
According to the report 4 number of loads of logs were observed to determine 
whether or not such operations created a hazard to the general traveling pub- 
lic, and it was found that in no instance could the loads be hauled over this 
mountain without some part of the equipment or load extending over the center 
line of the highway at the numerous curves, and it was the opinion of the 
police officer who made the observations that such operations on this section 
of the highway are a hazard to other traffic and that a bad accident might oc- 


cur to an unsuspecting motorist who was not aware of the log-hauling operations. 


The Engineer advised that this report was made at his request because of com- 
plaints that he had received of conditions, and he recommended an allocation 
of funds to improve the highway when such funds can be spared from other pro- 
jects. The Commission concurred in the Engineer's viewpoint, but decided to 
wait until a future meeting before deciding which seetion should be improved. 


The Commission discussed and denied a request from William Raymond, 
Klamath Falls, for permission to truck-haul logs over a one-mile section of 
the Klamath Falls-Lakeview Highway, near the tom of Bly, on Saturday after- 
noons. 
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report from the Engineer, who gave as his thought that the numbers should not 
be eliminated because they represent travel routes which are important to auto- 
ists who are not familiar with the roads in this state. 


A letter was presented from the Lower Columbia Associated Chambers 
of Commerce asking information as to which highways of the state of Oregon 
are to be included in the proposed national strategic network of highways. 

The Secretary was instructed to reply that a number of consultations have been 
held with respect to the strategic highway system in Oregon, and a system has 
been tentatively selected, although not yet approved by the United States War 
Department, and until such approval has been given, the Commission does not 
feel at liberty to make the information public. 


The Commission also discussed another letter from the Lower Columbia 
River Associated Chambers of Commerce requesting information as to the Commis- 
sion's plans for the further improvement of the Lower Columbia River Highway, 
between Rainier and Astoria. The Secretary was instructed to reply that the 
Commission has not yet formulated plans for such improvement. 


fhe Commission discussed and ordered filed for future consideration 
a letter from C. H. Demeray, Chairman of the Highway Committee of the Grants 
Pass and Josephine County Chamber of Commerce, advising that the Chamber of 
Commerce has discussed matters pertaining to the proposed Medford Army Canton- 
ment and is of the opinion that the program as outlined with respect to roads 
will meet with the approval of both the army authorities and the citizens of 
Jackson and Josephine Counties. 


The Secretary presented a letter from the U. S. No. 95 Highway Associ- 
ation advising that the association has gone on record as favoring the placing 
of signs on the highway on both sides of the Snake River to properly indicate 
junctions and access roads to Weiser, Payette, Nyssa and Ontario. The Commis- 
sion referred this letter to the Engineer to discuss with the State Highway En- 
gineer of Idaho. 


A request was presented from the Adrian Commercial Club, Adrian, Oregon, 
for the oiling of two county roads in Malheur County, viz., one through the Big 
Bend district to connect with the Wilder oiled road, and the other through the 
south Owyhee district to connect with the Homedale oiled road. It was alleged 
that these roads are both used by high school busses, are in very bad condition, 
and are difficult to travel over, especially during the winter months; also, 
that the people living in these communities prefer to trade in Oregon, but on 
account of road conditions are obliged to give their business to Idaho merchants. 
The Engineer advised that both roads referred to are county roads under the 
jurisdiction of the county court of Malheur County. The Secretary was instructed 
to inform the Commercial Club that its request will be considered in the formu- 
lation of future county road programs in Malheur County, but the Commission is 
obliged, under its present policy, to discuss such matters with the county courts, 
which are the governing bodies of the counties and to whom the Commission must 
look for advice on county road matters. 


under Section 13a of this permit, and on the following holidays: 
January ist, May 30th, July 4th, Lebor Day, November lith, December 
25th, also any holidays designated by the President of the United 
States or the Governor of the State of Oregon; also the Iionday in- 
mediately following any of the above-mentioned holidays that occur 
on Sunday, and Saturday morning immediately following any of such 
holidays that occur on Friday. 


During that portion of the year vhen duylight oceurs 
later then 6:00 a. m. and ceases prior to 8:00 p. m., logs may be 
transported over state highvays during the period from 6:00 a, m. 
to 8:00 p. m. regardless of whether or not darkness prevails during 
all or any portion of such period, provided however that the haul- 
ing equipment and load shall be equipped with and shall display 
lighted lamps and jlluminating devices conforming with the provisions 
of Sections 115-367, 115-370, 115-372, 115-373, 115-374, and 115-375, 
0.C.LeAe3 and Section 115-368, O.CeLeAe, a6 amended by Chapter 69, 
Oregon Lavs, 1941; and Section 115-369, OCeLeAe, 45 amended by Chap- 
ter 129, Oregon Laws, 1941, and Section 115-371, 0.C.LeéA., as amended 
by Chapter 58, Oregon Lats, 1941. 


Operators of all logging trucks shall consent to the in- 
spection and weighing of their loads on state-otmed scales whenever 
go requested by “weighmasters" in the employ of the State Highway 
Commission, if the scales are not more than 2 miles distant. Signs 
will be erected at the scale sites requesting all logging trucks to 
stop at the scales. fhe refusal of any operator to allow his truck 
to be inspected or weighed shall be cause for the immediate suspen- 
sion or cancellation of the permit under which he is operating. 


A truck loaded with logs shall not follov another similarly- 
loaded truck closer than 300 feet except when overtaking and passing 
another, and no truck carrying a load of logs shell pass another 
similarly-loaded truci: on an ascending grade. A passing maneuver 
shall not be attempted at any point unless there is a clear vision 
of the road ahead for at lcast one-half mile. 


ng truck, either with or without 


The speed of any 1 
per hour on sharp curves and/or nar- 


o 
load, shell not exceed 15 mil 
row bridges. 
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The Commission confirmed the Engineer's reinstatement. of the log- 
hauling permits of Standley Brothers, Camas Valley, and Nick Marsh, Port Or- 
ford, which permits were heretofore cancelled because of violations of the 
rules and resulations of the Public Utilities Commissioner, particularly the 
rule which prohibits the transportation of loads weighing in excess of those 
permitted by the Oregon statutes. 


The Commission discussed the question whether or not to continue the 
present proctice of requiring log haulers to furnish excess insurance coverage 
for the protection of the general traveling public and the members of the State 
Hichway Commission, in cases where the overell lengths of the loads exceed the 
statutory Length limit. The Secretary advised that the present practice is to 
require insurance protection in the amount of $50,000/§100,000 public liability, 
and {10,000 property damage. The Commission decided to reduce the amount of 
such inguranee to $20,000/$40,000 public liability and $5,000 property damage, 
and to require all log haulers to furnish such amount of insurance, regardless 
of the overell length of the load. This matter is to be discussed ‘ith the 
Public Utilities Commissioner, who is to be asked to secure such amount of in- 
surance from ell lor haulers. In the event the Public Utilities Commissioner 
offers objections to such arrangement, then a conference is to be arranged 
with him for further discussion of the matter. 


The Engineer brought up for discussion Motor Ruling No. 26, promul- 
gated by the Public Utilities Commissioner, relative to the question, "May @ 
special carrier, transporting logs, poles or piling, declare, at the time of 
obtaining his permit, in excess of 54,000 pounds and include in such declare- 
tion 10 per cent thereof, or up to 59,400 pounds?" He advised that the Public 
Utilities Commissioner has ruled that the Commissioner can accept such @ de- 
clared weicht, as it is a lawful weight under Section 115-390, 0.C.LeA-, and 
he considers it proper to do so because of the constant loadinc of logs, poles 
or piling in excess of 54,000 pounds by many special carriers who did not pay 
fees for the highway use in excess of 54,000 pounds. The Engineer advised 
thet he does not concur in the ruling, and he does not believe that the Pub- 
lic Utilities Commissioner can legally accept declared weights in excess of 
54,000 »ounds, notwithstanding thet the applicant may pay the required fee. 

He requested instructions from the Commission relative thereto. After dis- 
cussion, the Commission instructed the Engineer to arrange for a conference 
with the Public Utilities Commissioner on this matter. 


The Commission discussed and by unanimous vote adopted the follow 
ine sup »lemental rules and regulations to be recommended to the Public Util- 
ities Commissioner for use in connection ‘ith the issuance of log-hauling per- 
mits, and instructed the Seeretary to forverd a copy of the same to the Public 
Utilities Commissioner for his information. (These regulations are supple- 
mental to those printed by the Public Utilities Commissioner as effective June 


15, 1941.) 


Unless special permission is obtained from the Stete Highway 
Commission, the hauling of lors, poles or piling is prohibited on Sat- 
urday afternoons, Sundays, during hours of darkness, except as provided 


7, The trailer used in connection with movements involving overall 
length in excess of 75 feet shell be equipped vith hand~steering 
device, im 


Consideration was given by the Commission to the follo:ing requests 
for extensions of time within which to complete highway construction projects: 


Ketn & Kibbe, contract No. 2327, for the construction of Sunset 
Tunnel Section on the Woif Creek Highway, in Washington County, re- 
quested an extension of time of thirty-two deys, from July 31 to Sep- 
tember 1, 1941, within which to complete this job, They attrituted 
their failure to complete the project within the specified time limit 
to orders peeeived from the State Highvey Engineer to defer painting 
of the tamne] until such time as weather conditions were favorable 
for such work. The Engineer advised that the project, except for the 
paint work, es completed in April, and the contractor was instructed 
to defer painting work until the driest condition prevailed during 
the summer months. He recommended, in view thereof, that the exten- 
sion of time requested be granted without penalty. A letter was pre- 
sented from the Public Roads Administration concurring therein. The 
Commission approved the recommendation, 


Chester T, Lackey, contract No. 2377, for grading and surfacing 
the Burns Section of the Central Oregon Highway, in Harney County, 
requested an extension of time of eight days, from June 15 to June 
23, 1944, within which to complete this job. He attributed his 
failure to compete the project within the specified time limit to 
adverse weather conditions, stating that the roadbed was too spongy 
to roll and it was necessary for him to defer such operations until 
the roadbed had dried out. The Engineer advised that Mr. Lackey's 
operations were delayed because of rain which softened the subgrade 
to the extent that the surfacing could not be finished; hovever, 
such condition did not start until the time for the completion of 
the job had expired, and if Mr. Lackey had carried on his vork ex- 
peditiously prior to that time, he could have completed the job with~- 
in the specified time linit and avoided the rainy spell. He recom- 
mended, in wiew of the circumstances, that the extension of time re- 
quested be granted, but that lr. Lackey be charged vith the extra 
engineering expense incurred by the state subsequent to the specified 
date of completion of the project. The Commission approved the recom- 
mendation,. 


G. L. Potts, contract No. 2381, for construction of three cul- 
werts on the Lower Columbia River Highway, the Tualatin Valley High- 
way and the Beaverton-Aurora Secondary Highvay, in Multnomah and Vlash- 
ington Counties, requested an extension of time from January 31 to 
June 18, 1941, within which to complete this job. Mr. Potts alleged 
that ali work in connection with the job, with the exception of some 
shoulder work and cleaning up of the sites, was finished by May 25, 
and it was not possible for him to do the finishing work until the 
middle of June because of other pressing work. The Engineer advised 
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to report to state scales upon request of vweighmesters, when they are within 

a distance of tio miles from the scales. Mr. Elliott advised thet his unload- 
ing dump is located approximately 1,000 feet, west of the scales at Grande Ronde, 
and under the present arrangement the trucks are 
feet more than is necessary, causing him extra expense as well as loss of sev- 
eral loads of logs daily. The Commission denied the request. 


ering special movements other than logs, poles or piling, over state highways 
involving length, width, and/or height in excess of the limits alloved by stat~ 
ute, and ordered that such regulations be included hereafter in permits issued 
to cover such movements. 


1. 


2. 


3. 


5» 


required to travel about 2,000 


The Commission discussed und approved the following reculations cov- 


Movements shall not extend beyond or to the left of the highway 
center-Line stripe or to the left of the center of the traveled 
roadway if there be no such center stripe, unless the movement 
is an emergency and such feature is covered by a special provi- 
sion in the permit. 


Speed of movements shall not exceed fifteen miles per hour on 
sharp curves and bridges. 


Flegmen must be maintained at the point where the load enters the 
statc highway and where it leaves the state highway. Filegmen must 
also accompany the movement at sharp curves, across narrov bridges, 
and at other points where sight distance alone the highway is in- 
paired. Where the movement is across any highway bridge structure 
with impaired vertical or horizontal clearance, the movement shell 
occupy the center of the roadway and a flagman shall be stationed 
at each end of the bridge io prevent other traffic from using the 


structure until it is cleared. 


Special movements are prohibited on Saturdey afternoons, Sundays, 
during hours of darkness, and on the following holidays: January 
1, May 30, July 4, Labor Day, Jovember 11, and December 253 also 
on any holiday designated by the President of the United States 
or the Governor of the State of Oregon; and on any Mondey immed- 
iately following said holidays vhen such holiday falls on Sunday 
and on any Saturday morning immediately follovring a holiday which 


occurs on a Friday. 


Special liability insurance in the amount of $50 ,000/$100,000 and 
property damage insurance in the amount of $10,000 shall be fur- 
nished by the permittee in connection with permits for overall 
lengths in excess of 50 feet and for overall widths in excess of 
12 feet. 


Permittee shall be held responsible and liable for injury or damege 
that occurs by reason of movements under his permit and he shall 
also be held responsible and lieble for injury or damage that occurs 
to the highway or eny bridge structure by reason of the novenent. 
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the extension of time requested be grented, without penalty. 
Commission approved the recommendation. 


The Engineer reported that contracts Nos. 2242, 2345, 2352, 2360, 
2365, 2370, 2376, 2377, 2301, 2383, 2406, 2407, 2413, 2416, 2419, 2443, and 
2461, for the construction of state highway projects, have been completed ac- 
cording to the requirements of the contracts or modifications thereof, and 
that said jobs are now ready for acceptance. The following resolution accept- 
ing the above projects was offered and adopted by the unanimous vote of the 


Commission: 


WHEREAS, the Engineer has reported thet the following 
State Highvay Commission contracts for the construction of state 
highway projects have been completed according to the terms and 
provisions of the contracts, and that sald jobs ere now ready for 


acceptance: 


Contract No. 2242, with B. C. Hall, for furnishing 
15,900 cubic yards of crushed rock in stock piles on the 
Mt. Hood Section of the Mt, Hood and Wapinitia Highveys, in 
Glackamas and ‘asco Counties. Completed June 25, 1941. 


Contract No. 2345, with Leonard and Slate, for grad- 
ing, surfacing and oiling the East Unit, Shaniko-Cow Canyon 
Section of the Sherman Highway in Wasco County. Completed 


Sune 14, 1941. 


Contract No. 2352, with A. Milne, for grading and bit- 
uminous macadam surfacing on the Brookings Section of the 
Oregon Coast Highway, in Curry County. Completed July 12, 


1941. 

Contract No. 2360, with A. Hilne, for grading, sur- 
facing and oiling on the South Newport Section of the Ore- 
gon Coast Highway, in Lincoln County. Completed June 28, 
1941. 


Contract No. 2365, with Mcllutt Bros., for grading and 
bituminous macadam surfacing on the Troy Ranch Section of 
the Old Oregon Trail Highway, in Baker County, Completed 


May 37, 1941. 
Contract No» 2370, with Fisher Bros., for grading, sur- 


facing and oiling the Bryant Hill-Trout Creek Section of the 
Santiam Highway,in Linn County. Completed July 3, 1941. 


Contract No. 2376, with Fife & Company, for construc- 
tion of maintenance patrolmen's headquarters on the John 
Dey Highway at Seneca, in Grant County. Completed June 


25, 1941. 


that the contract called for the completion of the work by January 
3L, 1941; however, weather conditions were such that the work could 
not go forward as planned without undue inconvenience to the trevel- 
ing oublic, so the contractor was ordered to close dowm the work on 
December 20 for the remainder of the winter season, York on the pro- 
ject, he said, was resumed on Merch 2j however, the cleaning up of the 
sites was not completed until June 18. The delay in completing the 
project, he added, was prinerily for the accommodation of the stete, 
and, in view thereof, he recommended thet the extension of time re- 
quested be granted without penalty, The Commission approved the 
recommendation. 


F. C. Dillard, contract No. 2383, for furnishing crushed mater- 
isls in stock pile for the Lincoln County Line-Alsea Mountain Section 
of the Alsea Highway, in Benton County, requested an extension of time 
of 15 days from May 31 to June 15, 1941, within which to compiete this 
job. He attrituted his failure to complete the project within the 
specified time limit to adverse weather conditions in April and May 
and to an inerease in the quantities of materigls to be stock piled. 
The Ongineer advised that the reasons given by the contractor for 
failure to complete the project within the specified time limit are 
correct. He recommended that the extension of time requested be 
granted without penalty. The Commission approved the recommendation. 


J. Fe Johnston, contract No. 2387, for construction of the Nash- 
ville Bridge on the Eddyville-Blodgett Secondary State Highway, in 
Lincoln County, requested en extension of time of thirty days from 
June 30 to July 30, 1941, within which to complete this job. He at- 
tribated his failure to complete the project within the specified time 
limit to adverse weather conditions, which were unfavorable for grad- 
ing the approaches to the bridge. The Engineer advised that the 
bridge structure was completed well ahead of the contract completion 
date and in ample time for the contractor to have completed the 
preding and surfacing of the approaches; however, the Latter work 
vas earried on in a very dilatory monner, reguiting in an overrun 
of the contract time. He recommended, in view of the cireumstances, 
thot the extension of ttme requested be grented, but, that the con- 
tractor be required to reimburse the state for extra engineering 
expense incurred against the pro ject subsequent to the specified 
gate of completion. The Commission approved the recommendation. 


Birkemeier & Saremal, contract flo. 2452, for installation of 
new expansion plates on the Interstate Bridge on the Pacific Highway, 
between Portland and Vancouver, requested an extension of time of 
ten days, from June 30 to July 10, 1941, zithin which to complete 
this job, They alleged that their failure to complete the contract 
within the specified time limit was due to the fact that they were 
required to do considerable extra work. The Engineer advised that 
the reason given by the contractor for failure to complete the proj- 
ect within the specified time Limit is correct. He récommended that 
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be declared completed according to the terms of the respective con- 
tracts, and said jobs are hereby accepted and final payment in con- 
nection with each is hereby authorized. 


The Commission confirmed Thursday and Friday, September 4 and 5 as 
the date for its next regular meeting to receive bids, ang Thursday, August 
14, as the dete for an interim meeting of the Commission, to receive bids for 
special projects. The Secretary was instructed to make arrangements to hold 
such meetings in the auditorium of the Public Service Building, Portland. 


Nyssa, Oregon, July 24, 1941 


The Commission arrived at Nyssa at 10:15 a. m., Pacific Standard 
Time (11:15 a. m, Mountain Time), and immediately conferred with the local 
delegations in the office of Mr, Frank Morgan, Secretary of the Nyssa Chamber 
of Commerce. Present at such meeting were: all three Commissioners, the State 
Highwey Engineer, the Attorney, and the Secretary. 


Mr. Morgan headed the local group, which included J. C. Olson, Mayor; 
J. Es Ostrom, Councilman; and Mr. Norcott, of Nyssa; Messrs. Lou Collins and 
Kay Johnson, Union Pacific Railroad Company; Sam R. Scott, Mayor, Jordan Valley; 
Geo. S. Parks, Councilman, Jordan Valley; and Marion ‘roten, Jordan Valley; 
County Judge David F. Graham, Malheur County; Mr. Hartley, representing the 
Oregon State Grange; Ed Henderson; and others. 


Mr. Morgan asked the Commission to complete the construction of the 
I.0.N. Secondary Highway (U.S, Highvay No. 95), particularly the oiling of 
the forty-mile section between Rome and Jordan Valley which has already been 
graded and surfeced, and the construction of the thirteen-mile section between 
Jordan Valley and the Ideho state line. He called on members of the delega- 
tion to present arguments in behalf of this request. Mr. ‘roten and Mayor 
Scott urged these improvements and especially the construction of the section 
north of Jordan Valley, in behalf of the Jordan Valley delegation. Chairman 
Cabell responded by stating reasons why the State Highvay Commission is un- 
able to make greater progress on this project. He advised that the I,0.N. 
Highway is on the tentative strategic system of militery highways, for which 
the federal government is now considering an appropriation of federal moneys 
to finance needed improvements, and if the funds materialize the I.0.!. High- 
way, in his estimation, would be e good place to put some of them; hovever, the 
Commission ig not in position ct this time to make a definite commitment rel- 
ative thereto, because the strategic highway system has not yet been approved 
by the government officials. He predicted that the federal moneys would be 
made available so that the work could go forward in 1942. Mayor Scott urged 
the Commission to construct the section between Jordan Valley and the Idaho 
state line es its first project. The first five miles north of Jordan Vel- 
ley, he said, are now in fair condition, and if the Commission cannot see its 
way clear to finance the entire improvement, then it would help a lot if the 
Commission would build the section north of this five-mile unit. He was 
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Contract, No. 2377, with Chester T. Lackey, for grade- 
widening and surfacing on the Burns Section of the Central 
Oregon Highway, in Harney County. Completed June 21, 1941. 


Contract No. 2331, with G. L, Potts, for three culverts 
on the Lower Columbia River Highway, the Tualatin Valiey 
Highway and the Beaverton-Aurora Secondary Highway, in Mult- 
nomah and Washington Counties. Completed June 17, 1941. 


Contract No. 2383, with F. C, Dillard, for furaishing 
8,000 cubic yards of crushed materials in stock piles on the 
Lineoin County Line-Alsea Mountain Section of the Alsea 
Highway, in Benton County. Completed June 12, 1941. 


Contract No. 2406, with Frank Penepacker, for greding 
and topping on the Boardman-Umatille County Line Section of 
the Old Oregon Trail Highway, in Morrow County. Conpleted 
June 25, 1941. 


Contract ilo. 2407, with Norris. Bros., for surfacing 
and oiling the Owyhee River-McDermitt Section of the I.0.N. 
Highway, in Malheur County. Completed July 5, 1941. 


Contract No. 2413, with M. L. O'Neil & Sons, for furn- 
ishing 8,000 cubic yards of crushed material in stock piles 
for the Hendricks Bridge-Silver Creek Section of the MeKenzie 
Highway, in Lane County, Completed June 25, 1941. 


Contract No. 2426, with A. S. Wallace, for furnishing 
7,350 cubic yards of crushed rock in stock piles on the Endi- 
cott Creek-Bear Creek Section of the Coos Bay-Roseburg High- 
way, in Coos and Douglas Counties. Completed June 14, 1941. 


Contract No. 2429, with E. C. Hall Co., for surfacing 
and oiling the Catherine Creek-Miles Bridge Section of the 
Medical Springs Secondary Highway, in Baker and Union Coun- 
ties. Completed June 18, 1941. 


Contract No. 2443, with 0. C. Yocom, for surfacing the 
Foster-Cascadia Section of the Santiam Highway, in Linn 
County. Completed June 10, 1941. 


Contract No. 2461, with J. C. Compton, for oii mat wear- 
ing surface on the Mountain Rest-lit. Vernon and Butte Creek- 
Service Creek Sectiomsof the Pendleton-John Day, Beech Creek 
Secondary and John Day Highways, in Grant and Wheeler Counties. 
Completed July 7, 1941. 


THEREFORE, BE IT RESOLVED that the work covered by said state 
highway contracts for the construction of said sta 


+e highway projects 
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} of allocating further funds for the improvement of Lytle Boulevard, the Comnis- 
sion improve Enterprise Avenue, which is about three miles in length, and ex- 
tends easterly from Lytle Boulevard to 4 connection with the Nyssa-Adrian State 1 
Secondary Highway. He urged this project as a preference project on account of iW/ 
the heavy traffic that it carries, alleging that travel over this road is much if 
heavier than on other roads in the vicinity; that it will serve many more peo- 
ple, and will be of much greater benefit and convenience to the local citizens 
than further improvement of Lytle Boulevard, The matter was discussed at con- 
siderable length, during which Chairman Cabell explained that it is the prac- 
tice of the Commission to consult with the county courts of the respective 
counties relative to the improvement of county roads, because the county courts 
are the official public bodies and are in charge of the county roads in the 
respective counties, The Commission, he said, carefully considers the sugges~ 
tions made by the county courts before it makes its allocation of funds. How- 
ever, the Commission is always glad to have the point of view of individuals, 
as well. He also pointed out that Lytle Boulevard is on the federal aid sec- 
ondary highway system, whereas, Enterprise Avenue is not on such system; that 
it is contemplated to use federal moneys to finance additional improvements to 
Lytle Boulevard; and that the Commission is not in position to make any change 
in the present plans until such change is approved by the federal authorities. 
There is also the question, he said, which improvement will provide the most ioe 
good to the greatest number of people—the improvement of Enterprise Avenue y 
or the further improvement of Lytle Boulevard, which is the main road leading 
from this district into Vale, the county seat. County Judge Graham suggested 
that the Commission inspect Enterprise Avenue in order to get first-hand in- 
formation. The suggestion was approved by the Commission, and the meeting was 
thereupon adjourned at 2:00 p. m. with such inspection being made immediately 
thereafter, following which the Commission motored to Ontario. 


Ontario, Oregon, July 24, 1941 


At 3:00 p. m. the Commission conducted a public hearing in the On- 
tario City Hall, relative to the rerouting of the Old Oregon Trail along First 
Avenue West in that city, all Commissioners being present and participating. 
Fifteen local citizens were present, including Mayor Elmo V. Smith; George 
Aiken, Uditor of the Ontario Argus; Fred W. Canfield; F. P. Ryan, City Record- 
er; Joe Lane, Attorney; Messrs. Boyer; We Je Pinney; George Merritt, owner of 
the Moore Hotel; R, W. Jones; Jackson and Dr, Mann. 


Chairman Cabell called the meeting to order and explained its pur- 
pose, The State Highway Engineer exhibited a map showing the proposed re- 
routing of the highway, and explained the engineering features involved, He 
pointed out that the Commission is faced with the problem of determining the 
extent of the change—should it be limited to the four blocks extending south 
from Idaho Street to Fourth Avenue or should it include the improvement of the 
section north of Idaho Street to a connection with the existing highway at the 
north city limits. Chairman Cabell then advised that the Commission is in- 
clined to make the change requested, but considered it advisable first to 
secure an expression from the local people concerned. He then asked those 
present to express themselves relative thereto. 


Mayor Smith advised that they were principally concerned with the 
rerouting of U.S.28 south of Idaho Street, that they would like this section 
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informed that the Commission would bear his request in mind when the alloca- 
tion of funds is made, This completed the discussion of the I,0sii. Highway. 


Mr. Morgan then brought up for discussion the paving of Main Street, 
in Nyssa. (State highway route). He was informed by Chairman Cabell that the 
Commission has approved this project and will probably award the contract for 
the work some time this fall or winter. In any event the earliest the contract 
could be let is in October, on account of the time that it takes to prepare 
plans and specifications. 


slayor Olson advised that the City of Nyssa has voted ~15,000 to pay 
for a new water system and it is imperative that they have detailed information 
with respect to the highway paving work so they can arrange for the construction 
of their water system in conformity therewith, The State Highway Engineer stated 
that the construction work would not interfere with the highway work if it is 
entirely completed before the paving work is started. He suggested that the city 
proceed with the water system installation at once, and when the work is com- 
pleted, send notification thereof to the State Highway Department, when the con- 
tracting of the paving work could go forward. He pointed out that such proce- 
dure would avoid delays to the paving contractor, After further discussion of 
this matter it was arranged that the city would forward to the Engineer a copy 
of the plans for its water system. These are to be checked by the Engineer to 
see if they fit in with the highway improvement, and it was understood that the 
State Highway Engineer would arrange for Division Engineer W. C. Williams to 
discuss the details with the City Engineer, 


Mr. organ then brought up for discussion the matter of constructing 
a new bridge over the Snake River at Nyssa, to replace the existing structure 
which, he said, is an old, two-traffic-lane bridge in a very bad state of re- 
pair. He asked for a four-lane structure, In the discussion it was pointed 
out that the existing bridge cost 30,000, was built in the fall of 1911, and 
was paid for with funds contributed by the state, Malheur County, and the City 
of Nyssa; further, that it was redecked in 1926 but has had nothing done to it 
since then. Chairman Cabell advised that this bridge is only one of several 
in the same category between the States of Oregon and Idaho, and before the 
Commission can make a definite statement with respect to any of them, a study 
of the entire situation must be made and the priority status of each bridge 
determined, He did not indicate when such study would be made. 


At 12315 peme (Mountain Time) a recess was taken to permit attendance 
at the festivities in connection with the completion of the Nyssa Underpass 
structure and the new Union Pacific depot in Nyssa. The meeting was resumed 
at 1:45 p. m. in the same room, 


ur. Hartley brought up for discussion the proposed improvement of 
the county foad known as Lytle Boulevard, which extends from Vale to Adrian. 
He gave as his understanding that the Highway Commissions allocated certain 
funds for oiling this road and urged the Commission to reconsider the matter 
and reallocate the funds for the oiling of roads in the immediate vicinity of 
Nyssa, He pointed out that the fommission now has under contract the oiling of 
a six-mile section of Lytle Boulevard, starting at Owyhee and extending wester- { 
ly and northerly therefrom to a point about one mile south of the junction with 
the road that leads to a place known as Enterprise. He suggested that, instead 


Portland, Oregon, August 14, 1941 


The State Highway Commission met in regular session at 9:00 a. m. 
in the auditorium of the Public Service Building. Present were: 


Henry F. Cabell, Chairman 

Huron W. Clough, Commissioner 

Herman Oliver, Commissioner 

R. H. Baldock, State Highway Engineer 
Je M. Devers, Attorney 

H. B. Glaisyer, Secretary 


Bids, as follows, for highway construction work, and for the sale 
of junk material, were opened and read in conformance with previously pub- 
lished notice, following which Chairman Cabell announced that the award of 
contracts would be made at 3:00 p. m. in the same room, and that the success~ 
ful bidders for the junk material would be announced from Salem later: 


NUCHALEM SECONDARY HIGHWAY 
BANZER BRIDGE-MIST SECTION - GRADING, SURFACING AND BITUMINOUS MACADAM 


Using Asphalt Using Tar 


Porter W. Yett $108,120.00 - - 
Tidepoint Co. - - $123,489.75 


FRENCHGLEN SECONDARY HIGHWAY 
NORTH UNIT, WRIGHTS POINT-NARROWS SECTION - GRADING AND TOPPING 


M. Le O'Neil & Son $18,310.00 
McNutt Bros. 21,580.00 
Leonard & Slate 21,765.00 
Norris Bros. 23,530.00 


EUGENE-SWISSHOME SECONDARY HIGHWAY 
FISHER ROAD-OAK HILL SECTION - GRADING, SURFACING AND OILING 


‘Using Asphalt Us Tar 


Jacobsen-Jensen Co. $35,974.00 - - 
McNutt Bros. 41,023.50 = = 


SILETZ SECONDARY HIGHWAY 
FOREST BOUNDARY-REED CREEK SECTION 
GRADING, SURFACING AND BITUMINOUS MACADAM 


Using Asphalt Using Tar 
C. ds» Eldon $142,162.50 $142,118.50 
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routed along First Avenue iiest from Fourth Avenue to the conection with U.S.30 
on Idaho Street, and would like to have these four blocks improved, together 
with the one block on Idaho Street between West First Avenue and Oregon Street, 
He also stated that he believed that the change north of Idaho Street would be 
a project for the future. 


Mr. Jones inquired as to the width of the proposed improvement and was 
informed by the Engineer that plans call for four traffic lanes for moving traf- 
fic and two parking lanes, which would require right of way at least 80 feet 
wide. He pointed out that this would mean the removal of trees in the parking 
strip on First Avenue West, north of Idaho Street, but would not effect the sec- 
tion south of Idaho Street which is now 60 feet wide between curbs and has two 
10-foot sidewalk strips. Mr. Jones then stated that he would not object to the 
plan, notwithstanding it would take the trees in front of his residence, because 
he did not want to block the improvement which would be beneficial to him, 


Mr, Jackson stated that he conducts a business at the intersection of 
Idaho Street and Oregon Street but would not object to the change because it 
will relieve congestion on Oregon Street and will be a benefit to all. 


Dr. Mann stated that he has a decided preference for a good street, 
It was his thought that the trees should be sacrificed in order to obtain such 
a street. ir. Pinney also spoke in behalf of the change, notwithstanding that 
it would necessitate the removal of trees in front of his residence. ir. Mer- 
ritt also approved the change. 


There followed a general discussion in which the suggestion was made 
by one of the local citizens that it might be advisable to designate both streets 
as state highway routes and require traffic from the direction of Vale to use 
the First Avenue route and that from Idaho points.to use the Oregon Street route. 
It was also brought out in the: Mscussion that there are no objections to the 
improvement south of Idaho Street and practically none to the improvement north 
of Idaho Street, although there is a possibility that that section would neces— 
sitate revising the city's swimming pool. LMayor Smith declered that there is 
no objection whatsoever to improvement south of Idaho Street and that tle city 
wants that four—block improvement undertaken; further, that the city will offer 
no objection to the i provement north of Idaho Street if the Commission is will- 
ing to include that in the project, The meeting was concluded at 4:45 p. Me, 
following which the Commission inspected the proposed route on First Avenue 
“est, particular attention being given to the proposed connection at the north 
end, where there is a possibility that the city swimming pool will interfere 
with the making of a proper connection with the present highway. 


State Highway Engineer Chairman 
; “a Be. Wr (Anny 
Secretary . ‘ Commissione 


) 


Commissioner 
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Commission has a very strict policy which prohibits the use of ocean beaches 
for such purposes, because of the hazard to other people that use the beaches; 
further, that in his opinion to grant Mr. Alderman's request would create a 
very bad precedent. Commissioners Clough and Oliver concurred. The request 
was thereupon denied. 


The Commission discussed and approved a letter directed by the 
State Highway Engineer to Mr. J. N. Bishop, Maintenance Engineer, with respect 
to the activities of highway department "weighmasters." (See letter dated 
August 27, 1941, in general files) The Secretary was thereupon authorized 
and instructed to act for the Commission in the carrying out of the provisions 
contained in such letter, upon receipt of information from the Maintenance Engi- 
neer. The Commission also approved a "Form of Notice" to be given by the 
weighmasters to violators of the traffic law, and instructed the Secretary to 
arrange for the printing of the same. 


Mrs. Anna Suran, and her attorney, Mr. W. H. Fitzgerald, Portland, 
were present in regard to Mrs. Suran's claim for damages arising out of an 
accident on the Upper Columbia River Highway, near Oneonta Tunnel, resulting 
in personal injuries to Mrs. Suran, causing her expense for doctor bills, etc., 
and loss of employment for over two weeks. It appears that Mrs. Suran was on 
a pleasure trip and parked her car in the parking area adjacent to the highway 
at Oneonta, and after viewing the Oneonta Gorge was returning to her car when 
she stepped on the grill of a highway drainage sump. The grill gave way, 
causing her to fall and injure her leg, and as a result she lost over two 
weeks’ employment at the Jantzen Woolen Mills, where she is employed, amount- 
ing to $50.00, and in addition has been put to the expense of doctor bills. 
This matter was discussed at some length, but action thereon was deferred by 
the Commission until the next meeting. Chairman Cabell stated that he would 
make a personal inspection of the premises in the meantime, if possible. The 
Engineer was instructed to investigate this matter fully and report his find- 
ings to the Commission at such meeting. 


Mr. R. W. Williams, representing the Werner Timber Company, Taft, 
Oregon, was present in regard to the awarding of a contract for the construc- 
tion of the Forest Boundary-Reed Creek Section of the Siletz Secondary Highway 
in Lincoln County, bids for which were taken at this meeting. He advised that 
he is prepared to deliver to the Commission a check for $5,000, in accordance 
with previous understanding, and as confirmed in his letter dated July 17, 1941, 
if the Commission awards the contract for the work. The Engineer advised that 
the Commission received only one bid for this project, which is considerably 
in excess of the estimated cost thereof, and could not be accepted by the Com- 
mission without deviating from its established policy. Chairman Cabell advised 
that it is the intention of the Commission to reject the bid and to readvertise 
the project for bids to be received at the next meeting. He further stated 
that the Commission would not hold the Werner Timber Company to its offer if 
it wishes to withdraw the same. Furthermore, the Commission at this time is 
not in position to guarantee that it would award the contract as a result of 
bidding at the next meeting, because an unsatisfactory bid may be received at 
that time. Mr. Wiliiams renewed the company's offer to pay $5,000 toward the 
cost of this work, which offer is to remain in effect until September 6, 1941, 
the date mentioned in his letter of July 17, 1941. 
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SANTIAM HIGHWAY 
MIDDLE UNIT, CRABTREE CORNER-LEBANCN SECTION 
GRADE-WIDENING AND PAVING 


Warren Northwest, Inc. 
The United Contracting Co. 


HARBOR DRIVE, CITY OF PORTLAND 
FURNISHING STEEL FOR MORRISON STREET BRIDGE 


Poole & MeGonigle 


COLUMBIA RIVER HIGHWAY 
REPAIRS TO VISTA HOUSE AT CROWN POINT 


Jud Beardsley 

G. E. Anderson Co. 

E. E. Settergren 
Cramer Construction Co. 


OREGON-WASHINGTON HIGHWAY 
SOUTH MILTON SECTION - ROADSIDE IMPROVEMENT 


Blair T. Alderman 
M..E. Meyers & Son 


SHERMAN HIGHWAY 
WEST UNIT, SHANIKO-COW CANYON SECTION 
GRADING, SURFACING AND OILING 
Porter W. Yett 
Rogers Construction Co. 
Babler Bros. 
Fisher Bros. 
C. J. Eldon 
Max J. Kuney Co. 
McNutt Bros. 


SCRAP MATERIALS 


$78, 707,50 
94,810.00 


$9,555.00 


$112,498.00 
115,402.00 
119,866.00 
123,410.00 
129 5584.00 
131,904.00 
134,778.00 


Bids received for scrap materials stored at the highway department 


shops at Salem, Klamath Falls, Coquille and La Grande. 
print tabulation of bids filed in general files.) 


(For details see blue- 


Mr. Blair T. Alderman, Eugene, came before the Commission and re- 
quested the privilege of using the ocean beach at different locations along 
the coast as landing fields for his privately-owned airplane, which, he said, 
he uses continuously in connection with construction work, on which he is en- 


gaged for the U. S. Coast Guard. 


Chairman Cabell explained to him that the 
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of the United States Army ammunition dump west of Hermiston. He estimated 
the cost to construct. tis section at 325,000,00 and recommended the improve- 
ment and that it be paid for with state funds. The Commission approved the 
recommendation. 


In this connection the Engineer requested approval of the following 
projects for the 1942 municipal program to be financed with state funds: 


Oswego $25,000 
Ocean Lake 25,000 
Deer Island 15,000 
Corvallis 30,000 
Seaside 35,000 
Taft 10,000 
Parkrose 30,000 
West Linn 10,000 
Hermiston 25,000 


Total $205,000 


After discussion the Commission approved the projects and the amounts allocated 
for each, The Engineer was authorized to make surveys as may be necessary and 
to prepare plans and specifications for advertising. 


The Engineer presented a statement of funds available for contract 
lettings this fall, particularly disclosing the amounts of the several class- 
ifications of funds. This was discussed briefly by the Commission but no ac- 
tion was taken thereon. 


The Commission adjourned at 12:10 p. m. and reconvened at 2:00 p, m. 
in the same room with the same persons present and participating. 


Mr. E. K. Burton, City Manager of Silverton, was present and asked 
the Commission to provide state funds to repair certain city streets over 
which heavy logging trucks operate in the transportation of logs from Mehama 
to the Silver Falls Timber Company's mill in Silverton, and to reconstruct a 
certain steel truss bridge on the street that serves as a connecting link be- 
tween state highways in Silverton. He advised that the city does not have 
funds available with which to do this work, particularly the bridge work, and 
urged the Commission to provide state funds therefor. He advised that the 
bridge is in bad state of repair and is now posted for ten-ton loading. The 
Engineer estimated the cost to repair the bridge to carry legal weight loads 
at $3,500, Mr. Burton stated that they would be satisfied with such repair 
job. 


Chairman Cabell explained briefly the proposed plan of the Commi s- 
sion to set aside a certain amount of money for repairs to city streets that 
are not state highway routes. He advised, however, that the Commission has 
not yet adopted a definite program for such projects but in several instances 
the Commission is proceeding with the work because of emergency conditions. 
According to the tentative plan, he said, the cost to repair the bridge in 
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The County Court of Lane County, represented by County Commissioners 
W. J. Holland and Allan P. Wheeler, and County Engineer P. M. Morse, was pre- 
sent in regard to the bids received this day for the grading, surfacing and 
oiling of the Fisher Road-Oak Hill Section of the Eugene-Swisshome Secondary 
Highway. The State Highway Engineer advised that the Commission received only 
two bids for this work, both of which were unsatisfactory, and it is his in- 
tention to recommend rejection. He suggested that the county court might be 
able to do the work with county forces and if that is possible that the county 
submit a bid for consideration with those of other contractors when the proj- 
ect is readvertised either this fall or next spring. The county court agreed 
to give the matter consideration. The Commission decided to reject the bids 
received today and to readvertise the project for bids to be received in Octo- 
ber. The Engineer was so instructed. 


The Gounty court also brought up for discussion the matter of improve- 
ing the Eugene-Swisshome Secondary State Highway (Route "F"), between Veneta 
and Noti. They asked the Commission to give serious consideration to such 
project in the formlation of its program for construction next spring. Mr. 
Morse advised that the county is prepared to pay 25 per cent of the cost of 
such work. The Commission took the matter under advisement. 


The Engineer brought up for discussion the matter of constructing 
another section of the new Columbia Gorge Highway between Troutdale and Dodson 
as a WPA project. He advised that there is approximately 1,200,000 cu. yds. 
of excavation in the Jordan Borrow Section and in the Island Section that 
could be done as a WPA project using state equipment, after the WPA work has 
been completed on the Wilson River Highway, in September. It was his thought 
that WPA forces could be kept busy on such a project for about one year, using 
equipment that is now being employed on the Wilson River job. The Commission 
appeared to be favorably inclined to such project, but deferred a definite de- 
cision in regard thereto, particularly a decision as to the section that should 
be improved in such a set-up. 


The Commission also considered a proposed WPA project for clearing 
between Seaside and Hug Point. The Engineer advised that the construction of 
the Oregon Coast Highway on the proposed new alignment between these points 
involves about eleven miles of heavy clearing and grubbing, which is excep- 
tionally well suited for WPA purposes. It was the thought of the Commission 
thet this would be a good project for next year's program; however, 4 definite 
decision was deferred pending consultation with Mr. E. J. Griffith, State WPA 
Administrator. 


The Commission approved and ordered filed a report from the Assist- 
ant Attorney advising that Edlefsen-Weygandt Company, contractors on the Front 
Avenue Project, have refunded to the City of Portland all of the rentals which 
the company collected on parking lots on such project. 


The Engineer reported the cost to realign the Old Oregon Trail 
through the towm of Hermiston, particularly from Main Street south a distance 
of 0.67 mile. He advised that the proposed route follows along the east side 
of the railroad track and avoids the congestion along Main Street which is 
very bad at the present time due to activities incident to the construction ; 


1941 


10525 (aa 


to Mr. Peake and damge to his car. ifr. Erwin explained that Mr. Peake was 
driving north on the old highway near the north city limits of Albany and 
accidentally drove his automobile into a concrete traffic island at the junc- 
tion of the old and the new highways, that he was traveling at a moderate 
rate of speed, and had no knowledge that the island was there, it being after 
dark and the island being unlighted. Furthermore, there were no signs any- 
where on the road indicating that a traffic island existed. kr. Peake, he 
said, suffered severe stomach injuries as a result of being thrown against 
the steering wheel of the car and there is a question as to the permanency of 
the same. He further advised that Mr. Peake was required to hire a man to 
run his garage business in the town of Milwaukie because of his injuries, and 
finally lost his business because he was unable to give it his personal atten- 
tion, so he is now out of a job. Furthermore, he is destitute and is unable 
to provide for his family and cannot pay his doctor bill. He quoted the law 
with reference to the Commission's liability in damage cases and asked the 
Commission to pay Mr. Peake the full amount allowed therein. The claim, he 
said, is against this fund rather than against the Highway Commission person- 
ally. 


Chairman Cabell explained the theory of the channelization of traf- 
fic and advised that, if investigation*of any accident reveals that the Com- 
mission has been negligent, then the state should pay accordingly; however, 
in this particular instance the Comission does not believe that negligence 
on its part was involved. The matter was discussed at considerable length 
and at the suggestion of Commissioner Clough a decision was deferred until 
the Commission has had an opportunity to study the records in the case. 


At 3:00 p. m. Chairman Cabell announced the following awards of con- 
tracts, for which bids were taken at the morning session, such awards having 
been previously approved by the Commission by unanimous vote: 


"Panzer Bridge-Mist Section of the Nehalem Secondary Highway, 
in Columbia County. 2.94 miles grading and surfacing, and 3.13 
miles of bituminous macadam. Porter W. Yett, Portland, submitted 
the low bid for this work, in the amount of $108,120.00, based on 
the use of asphalt. He did not submit a bid based on the use of 
tar. The Tidepoint Company, Astoria, submitted the only other bid. 
This bid, in the amount of $123,489.75, was based on the use of 
tar. They did not submit a bid based on the use of asphalt. The 
Commission awards this contract to Porter W. Yett, at his low bid 
of $108,120.00, based on the use of asphalt. 


"orth Unit, Wrights Point-Narrows Section of the Frenchglen 
Secondary Highway, in Harney County. 5.40 miles grading and topping. 
M. Le O'Neil & Son, Mitchell, submitted the low bid for this work, 
in the amount of $18,310.00. McNutt Bros., Eugene, submitted the 
second-low bid, in the amount of $21,580.00. There were two higher 
bids. The Commission awards this contract to the low bidders lf. L. 
O'Neil & Son, at their bid of $18,310.00. 
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Silverton will be considérably in excess of the amount that Silverton would be 
entitled to, so it would take the allocations of several years to make up the 
total. He inquired, in view of this condition, whether or not the City of 
Silverton would be satisfied with the bridge repair work at this time and would 
be willing to wait for the street repair work until such time as the annual 
allotments to the City of Silverton equal: the cost of the bridge work, Mr. 
Burton replied that the bridge work is the more important project of the two 
and, in his estimation, such arrangement would be Satisfactory to the city 
officials. The Engineer thereupon recommended approval of the bridge project. 
The Commission approved the recommendation subject to approval by the city 
officials, and ordered that the matter be covered by written agreenent between 
the city and the state, 


Mr. O. J. Mitchell, representing Mitchell Freightways, and his at- 
torney, ifr. Thomas White, came before the Commission and requested authority 
to operate over the Pacific Highway,between the California state line and Med- 
ford,truck and trailer combinations sixty feet overall in length, having gross 
loads of 68,000 lbs. Mr. White was spokesman. He advised that under present 
rulings the company is obligated to break up its combinations at the state 
line, which is not only a costly procedure but also entails delays in the de- 
livery of freight, most of which is defense materials for the United States 
Government. He explained that Mr. Mitchell is now negotiating for the sale 
of his rights to Consolidated Freightways, and is simply waiting for approval 
of the transaction by the Interstate Commerce Commission; further, that their 
plan is to operate the oversized equipment only as far as Medford, where the 
loads will be transferred to the equipment of the Consolidated Company. He 
asked for a permit similar to the one granted the Oregon Nevada California 
Fast Freight, Inc,, and under which that company is now operating between the 
Same points. He gave as his thought that the Highway Commission now has such 
discretionary power, and urged the Commission to exercise that power in view 
of the conditions of the times and the need to speed up deliveries of defense 
materials. 


Chairman Cabell pointed out that the 1941 Legislature defeated leg- 
islation that would have provided for movements of this kind, notwithstanding 
that the Highway Commission approved the bill, in view of which the Highway 
Commission feels that it does not have the power or authority to grant the 
permit requested, He explained that the permit issued to the Oregon Nevada 
California Company was of an emergency nature, and for a 30-day period only, 
and absolutely will not be renewed. This matter was discussed at considerable 
length and was concluded by Chairman Cabell's statement to the effect that the 
Corral ssion would give consideration to the arguments presented and would ad- 
vise them as soon as possible of its decision. (The Comission discussed the 
natter later in the session and at that time voted unanimously not to grant 
the permit. The Secretary was instructed to so inform Mitchell Freightways 
and to deny a request for the renewal of the permit granted the Oregon tlevada 
California Fast Freight, Inc.) 


Mr. Warde H. Erwin, attorney, Portland, came before the Commission 
in regard to the claim of Mr. Charles F. Peake, Jr., arising out of an acci- 
dent that occurrec on the Pacific Wighway East in Albany, resulting in injuries 


10530 


"Sale of scrap materials at Salem, Klamath Falls, Coquille, 
and La Grande. All bids received for the purchase of this materi- 
al were referred to the Engineer with power to sell the material 
to the high bidder in each instance if the bids compare favorably 
with the appraised value of the items." 


A delegation representing the Columbia Basin Loggers headed by 
Mr. Fred S. Packwood, attorney, Portland, came before the Commission re- 
lative to the truck hauling of logs over state highways. Others in the 
delegation were Senator F. M. Franciscovich, Astoria; H. C. Patton, rep- 
resenting the Hammond Lumber Company; W. G. Tilton, Pacific Northwest Log- 
gers Association; W. W. Schaefer, McDowal Creech Loggers; E. 8. Stamm, Crown- 
Zellerbach Corporation; G. S. Gray and Otto Achord, loggers, Seaside; Ford M. 
Converse, C & H Logging Company, Portland; Phil Chipman, Smith Wood-Products, 
Inc., Coquille; H. Standley, Camas Valley; Mr. Christensen, Crown-Zellerbach 
Corporation; and others. Senator Franciscovich was spokesman for the group. 
He mentioned first the extent of the penalty imposed on loggers for overload- 
ing, and expressed appreciation for the clarification of the ruling, which he 
understands hereafter is to be based on calendar days rather than on working 


days. 


Senator Franciscovich asked the Commission to make it clear in its 
letter of instructions to weighmasters that the P.U.C. plates of an offending 
operator need not be surrendered immediately after being apprehended by a 
weighmaster but may be retained by such operator for 24 hours in order to 
give the operator an opportunity to deliver his load and to arrange for an- 
other truck to take his place during the suspension of his permit. He ex- 
plained that the surrender of the P.U.C, plates by the operator immediately 
upon being apprehended by a weighmaster will affect every man working in the 
woods and will not only penalize the operator but will also penalize all of 
the others which in his estimation is unfair and not really what the Commis- 
sion intends. 


The ruling that requires all logging trucks to come to a dead stop 
before crossing railroad tracks was also mentioned by Mr. Franciscovich. It 
was his thought that such ruling creates a hazardous condition for other traf- 
fic, and that the matter could be satisfactorily handled by requiring the log- 
ging operator to slow down to five or ten miles per hour, He mentioned parti- 
cularly the situation at the crossing of the Oregon Coast Highway with the 
railroad tracks at Skipanon near Astoria, where the highway department scales 
are located only 700 feet beyond the railroad crossing. In order to drive on- 
to the scales, he said, it is necessary for the logging trucks to cross the 
highway, and while no accidents have occurred at this point they quite likely 
will occur unless the loggers are allowed to proceed across the railroad 
tracks without stopping. 


Chairman Cabell explained that the Commission's ruling was adopted 
at the request of one of the railroad brotherhoods and the Commission thought 
at the time that it was a good ruling and in the interests of safety to the 
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"Fisher Road-OQak Hill Section of the Eugene-Swisshome Secondary 
Highway, in Lane County, 1.26 miles grading, surfacing and oiling. 
Jacobsen—Jensen Co., Portland, submitted the low bid for this work 
in the amount of $35,974.00, based on the use of asphalt. They did 
not submit a bid based on the use of tar. McNutt Bros., Eugene, sub- 
mitted the next-low and only other bid for this work in the amount 
of $41,023.50, using asphalt. They did not submit a bid based on the 
use of tar. The Commission rejects the bids for this project and 
orders it readvertised. 


"Forest Boundary-Reed Creek Section of the Siletz Secondary High- 
way, in Lincoln County. 3.5 miles grading, surfacing and bituminous 
macadam. C. J. Eldon, Portland, submitted the only bid for this proj- 
ect, in the amount of $142,162.50, using asphalt, and $142,118.50, 
using tar. The Commission rejects this bid and hereby orders the proj- 
ect readvertised. 


"Middle Unit, Crabtree Corner-Lebanon Section of the Santiam 
Highway, in Linn County. 3.2 miles grade-widening and paving. War- 
ren Northwest, Inc., Portland, submitted the low bid for this work, 
in the amount of $78,707.50. The only other bid submitted for this 
work was made by The United Contracting Co., Portland, in the amount 
of $94,810.00. The Commission awards this contract to Warren North- 
west, Inc., at their low bid of $78,707.50. 


"Furnishing structural steel for the Morrison Street Bridge on 
Harbor Drive in the City of Portland, Multnomah County. Poole & lKc- 
Gonigle, Portland, submitted the only bid for this project, in the 
amount of $9,555.00. The Commission awards this contract to Poole 
& McGonigle at their bid of 99,555.00. 


"Repairs to Vista House at Crown Point, on Columbia River Highway, 
in Multnomah County. Jud Beardsley, Salem, submitted the low bid for 
the work, in the amount of $4,140.00. G. E. Anderson Co., Portland, 
was second-low, with a bid of $5,431.00. There were two higher bid- 
ders. The Commission awards this contract to the low bidder, Jud 
Beardsley, at his bid of 34,190.00 


"South Milton Section of the Oregon-Washington Highway, in Uma- 
tilla County. 0.51 mile roadside improvement, Blair T. Alderman, 
Eugene, submitted the low bid for this work in the amount of $2,238.50. 
M. E. Meyers & Son, Echo, submitted the only other bid, in the amount 


of $3,185.00. The Commission awards this contract to the low bidder, 
Blair T. Alderman, at his bid of $2,288.50. 


™West Unit, Shaniko-Cow Canyon Section of the Sherman Highway, 
in Wasco County. 5.06 miles grading, surfacing and oiling. Porter 
W. Yett, Portland, submitted the low bid, in the amount of $112,498.00. 
Rogers Construction Company, Dayton, Washington, was next low with a 
bid of $115,402.00. There were five higher bidders, The Commission 
awards this contract to Porter W. Yett at his low bid of 9112,498.00. 
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an overweight, but they do not want to let the log rot in the woods, particu- 
larly at times such as we are now experiencing, and they would like authority 
from the Commission to move these logs over state highways without fear of 
having their permits suspended although they are willing to pay any fine that 
may be imposed for the overload. If the Commission will grant such conces- 
sion, he added, the loggers would be willing to cut such logs in 20-foot 
lengths. He was informed by Chairman Cabell that the Commission would dis- 
cuss this matter among themselves later; however, if the Commission a»proved 
it, it would be temporary and on a trial basis only, and the Commission would 
restore the penalty in the event that many overloads occur. 


Mr. Packwood stated for the record that his remarks were made in be- 
half of individual loggers and not in behalf of the Columbia Basin Loggers 
Association. He offered objections to the weighing of all logging trucks, and 
alleged that often as many as fifteen trucks are held up at the scales near 
Willamina for weighing purposes, necessitating the loss to each of one trip a 
day. He asked the Commission to modify its rule in that regard. Mr. Packwood 
spoke in behalf of the unintentional violator of the weight rule, particularly 
where the overweight is very small. It was his thought that the penalty should 
not anply in such cases because these men are not willful violators and they 
lose a gross revenue of from 360 to $70 each day that their operations are 
suspended. He asked the Commission for authority to confer with the Commis- 
sion's Engineer and Attorney in order to agree on some formula or solution as 
to such violations. 


Mr. Tilton presented figures showing the actual shipping weights of 
logs, and exhibited samples of lumber to show the variation in weights of lun- 
ber cut from the same class of logs. He declared that the present penalty 
for overloading is too harsh, because it is very difficult for logs to be 
loaded within the ten per-cent tolerance allowed by law. 


Mr. Chipman stated that he was speaking in behalf of Smith Wood- 
Products Company and not for the loggers. He gave as his thought that the 
penalty which requires the suspension of permits and the taking up of P.U.C. 
plates for certain periods is too drastic and that the penalty should be 
limited to the payment of a fine only. He also said that present conditions 
deserve special consideration, particularly pointing out the difficulty in 
securing logging trucks. 


Chairman Cabell at this time advised that the Highway Commission 
has for years struggled with this matter and has found that the only effec- 
tive remedy or solution to the problem is suspension of permits for certain 
periods. ihe. 


Mr. Stamm alleged that no one can guess the weight of logs within 
fifteen per cent. He also said that the existing scales at Skipanon are in 
the wrong place and should at least be moved to the opposite side of the high- 

; way. He also suggested that it would be advisable to install additional 
& scales and gave as his thought that the functions now being carried on by the 
State Highway Department, State Police, and Secretary of State should be 
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general traveling public. He inquired whether or not Senator Franciscovich 
intends that his suggestion should apply to the Skipanon crossing only or to 
all crossings. Senator Franciscovich replied that in his estimation each 
individual case should be considered on its own merits, 


Honorable Ormond R. Bean, Public Utilities Commissioner, was present 
and pointed out that there are 3,500 railroad crossings in Oregon, and that it 
would be very difficult to make a selection of those where logging trucks should 
be required to stop. He agreed, however, with Senator Franciscovich as to the 
conditions with respect to the Skipanon crossing and also to his suggestion 
that each case should be studied individually. 


After further discussion the State Highway Engineer suggested the 
adoption of a 10-mile per hour speed limit for logging trucks at the railroad 
crossing at Skipanon, such speed limit to apply only to one side of the high- 
way where the loaded trucks approach the highway scales after crossing the 
railroad tracks, (it would not affect traffic going in the opposite direction) 
and that the crossing be appropriately posted in accordance therewith. He 
also suggested that the railroad crossing at other points be considered as 
they arise. The Commission approved the suggestion. 


Senator Franciscovich also brought up for discussion the matter of 
weighing all logging trucks. He gave as his thought that it is unnecessary 
to weigh every truck and that the weighmasters should be allowed to use their 
judgment as to which trucks should be weighed. He alleged that it takes about 
fifteen-minutes' time on the average to weigh one truck, and as a consequence 
trucks have to stop and line up, awaiting their turn at the scales and many 
times are delayed thirty minutes or more for one weighing. uch delay, he 
said, is costly to the operators, who lose one trip every other day or about 
two trips each week of five and one-half days. There are not many overloads, 
he added, and the hardship created on the operators by the present practice 
in his estimation is not warranted. He suggested that weighmasters could pass 
on the loads without actually weighing them, and if, in their judgment, the 
trucks are not overloaded, they could flag them through; otherwise they could 
direct them to the scales, The Commission agreed to give the suggestion con- 
sideration, 


Senator Franciscovich then suggested the following solution for log- 
ging operators in the Seaside district--that the loggers install scales on the 
abandoned section of the Wolf Creek Highway near Vollmer Creek at which point 
they could also install facilities for adjustment of their loads. Loggers 
would then load their trucks in the woods in accordance with their best judg- 
ment and submit to weighing on their own scales at this point and make adjust- 
ments as may be necessary. The Commission agreed to give the matter consider- 
ation. 


The matter of moving loads consisting of one extremely large log was 
also brought up by Senator Franciscovich, He said that occasionally logs are 
cut from extremely large trees and they cannot be transported over the highways 
without violating the weight limits, regardless of the fact that only one log 
is hauled at a time. In such cases, he said, the loggers know that they have 
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Speed Board to change such limits if that is considered advisable after study, 
In view of the Attorney's statement, the Commission voted unanimously to in- 
stall signs at Cascade Locks to meet the legal requirements, notwithstanding 
the possibility that the State Speed Board will change the limits at some 
future time. 


Mr. Carlson asked the Comaission to eliminate the curve in the Col- 
umbia River Highway just east of the highway department maintenance shed, 
near the east city limits of Cascade Locks. He was informed by the Engineer 
that this curve is only a small portion of a major improvement and, in his 
estimation, if anything is done at all it should be the major project, ap- 
proximately one mile in length or more. The Commission took no action on this 
matter. 


Mr. Carlson also asked for the oiling of the shoulders between the eg 
highway pavement and the concrete curbs through the town. He was intcrmed if 
by the Engineer that the Commission has already approved such improvement and ; q 
that the work will be done next year, { a 


Mr. Keller inquired as to the plans for the construction of the new 4 
highway between. Troutdale and The Dalles and was informed by Chairman Cabell i 
that the Commission is not in position to prepare a program for the improve- it 
ment because funds are not available to finance more than a short section at a of 
time and there is a question as to the moneys that the federal government 
plans to provide to finance strategic highway improvements. 


A delegation from Tillamook, consisting of D. E. Steinbach, Mayor; 
C. W. Barrick, City Attorney; and C. A. Ross, representing the Chamber of 
Commerce, conferred regarding improvements on the Oregon Coast Highway, and ; 
the Wilson River Highway routes, in the city of Tillamook. The Engineer ex- ys! 
plained that the city wants the Oregon Coast !4ghway widened through the town; 
also Third Street, present route of the Wilson River Highway. He gave as his 
thought that the widening work could be done by narrowing the sidewalk areas ee 
and estimated the cost of both improvements at about $60,000. He further 
stated that both jobs are meritorious and should be constructed as soon as 
funds are available to finance them. He requested authority to conduct sur- ow 
veys as may be necessary in connection with each. The Commission approved “ 
the surveys. 


Mayor Steinbach asked the Comaission to maintain certain city a 
streets that are not on state highway routes but which are being damaged by 
log hauling traffic. The Engineer estimated that it would cost about $8,000 
to repair these streets and advised that the work could not be done this sum- 
mer. Chairman Cabell advised that the Commission is friendly to the idea but % 
because of the money situation would not be able to do the work this year. 


The matter of improving the curve at Thayers Corner was discussed a; 
briefly and it was mutually agreed that the city would acquire needed right i 
of way at this point. i 


10533 N 


ee a are 


consolidated under one authority. He confirmed Senator Franciscovich's argu- 
ments in behalf of the movements of one-log loads, and advised that unitess the 
Commission grants some concession in that regard logs will have to be left in 
the woods to rot or they will have to be split up in the woods with dynamite 
which greatly reduces their value. In summing up he asked for more scales, 
that the existing scales be put in more practical locations, and that the pres- 
ent penalty for overloading be adjusted to eliminate the suspension and cancel- 
lation features, 


Spo 
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Chairman Cabell replied that perhaps some of the scales have been in- 
stalled in wrong locations, but as a general rule that has not been the case 
and the Commission believes that for the most part the scales have been installed 
in the best locations possible. With reference to delays to the loggers when 
being weighed, he stated that the Highway Commission is sympathetic With the 
difficulties of the loggers and it may be that it will require more men at the 
scales to expedite weighing operations, but that is a matter that the Commission 
will look into. As to the existing penalty, Chairman Cabell advised that the 
Commission is not prepared or inclined to make any change in its present pol- 
icy, that the Commission has tried for years to stop overloading, and the pres- 
ent penalty is the only thing that the Commission has been able to think of to 
date that would stop the overloading. 

Mr. Stamm, speaking again, said that no one is able to guess the 
weight of a log within five per cent, and he knows this to be a fact because 
he has been in the logging business for over ten years. Also speaking in be- 
half of the loggers were Messrs. Standley and Christensen. 


Mr. Russell J. Hubbard, Reedsport, was present and asked the Commis- 
sion to sell him certain property situate between the proposed new location 
of the Umpqua Highway and the Umpqua River at Reedsport, which property lies 
outside of the standard width highway right of way. He said that he is oper- 
ating a mill at this point and needs this extra ground for storage of lumber, 
et cetera, and also that he is willing to pay a reasonable price for the prop- 
erty. The Engineer advised that this property was obtained in order to pre- 
serve the scenery and an unobstructed view of the Umpqua River at this section, 
After discussion the Commission decided to inspect the property before making 
its decision. The Engineer was instructed to have survey stakes set in the 
meantime so the property can be readily identified. The Secretary was in- 
structed to notify Mr. Hubbard when the Commission sets a time for such in- 
spection. 


a 
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A delegation from Cascade Locks, consisting of Allen Stancell, Chief 
of Police; W. N. Keller; A. W. Foote; W. J. Carlson and S. P. Ness, was pres- 
ent and asked the Commission to order a 25-mile per hour speed limit on the 
Columbia River #Jighway through their town. Mr. Stancell headed the group. He 
said that the present speed limit through the town is 35 miles per hour, but 
that limit is not observed, and in his estimation a further reduction in the 
allowable rate of speed should be declared. The Attorney quoted the law which 
specifies a speed limit of 20 miles per hour through business districts of 
cities and towns and 25 miles per hour through residential districts. How- 
ever, he said, the 1941 Legislature passed a law which authorizes the State 
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declared acceptable to the State Highway Commission as bases of set- 
tlement for the properties involved, and that the acquisition of the 
properties should be completed: 


NOW, THEREFORE, BE IT RESOLVED that the several offers, or 
bases of settlement hereinafter enumerated be, and the same hereby 
are, approved and accepted, and that the Attorney for the State High- 
way Commission be, and he hereby is instructed to complete the ac- 
quisition of the said properties and to take title thereto in tue 
name of the State of Oregon. The said properties hereby ordered and 
authorized to be acquired are as follows: 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


j Portland, Pacific Highway West 
8201-Kahn, A. A., Estate R 


4367 sq.ft. $873 McCallister 
$169-Multnomah County " 18,063 sq.ft. 5000 " 
8194-Viceri, Carmela . 2500 sq.ft. 1000 " 
8677-Multnomah County " 10,000 sq.ft. 2205 " 
9663-Sullivan, Harry " 3735 sq.ft. 3350 " 
8171-Oregon Electric RR Co. " 34,070 sq.ft.10,721 " 
9083-—Milam, Louise vd 2200 sq.ft. 2030 " 
9667-Vaughan, Geo. C. " 107.5 sc.ft. Land $75, + fencing, " 


cutting off corner 
garage, moving flowers, 
etc. (Estd. $75) 


Banzer Bridge-Mist Section, Nehalem Highwa 
8967-Henry and Aldon H. R An additional allowance of $200 to DeSouza 


Ashley (Supplemental) be added to low bid for moving 
barn, on account of having been 
filled with hay 


6566-Sundland, Chas. R/a# $160 which is payment for 8 cu.yd. " 
(Supplemental) concrete at $20 cu.yd. to be paid 
to Baumback and Perkins, nouse- 
movers 


Davies-Vadis Section, Wolf Creek Highwa: 
9567-Behrman, Ernest R/W 0.29 $125 per acre, + Collins 


$20 fencing 


Vadis-Gardiner Ranch Section, Wolf Creek Highwa ; 
6532-Davis, Charles E. R/W 20.07 $150 per acre, plus Collins 


$2552 
6537~Bush, 0. B. R/W 0.31 rp per acre, plus " 
; $163 
6535-Davis, Patrick R/W 2.0 LUMP SUM ~ $1,000 " 
6536-Cusick, Fred E. R/W 0.16 $200 per acre + $12 " 
6534-Utecht, Rose and Chris R/W 1.72 $200 per acre, plus 


$169l1-deduction of $210 
for 0,80 of an acre to 
(Continued on next page) be conveyed 
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Mesdames A. E. Rockey and F. E. Smith, Portland, representing the 
Oregon Roadside Council, were present in regard to the disposition of the Knapp 
Hotel property at Port Orford. They urged the Commission to preserve this hotel 
on account of its historic background. Chairman Cabell advised that the Com- 
mission's only interest in this hotel is its removal from the present site to 
provide a permanent location for the Oregon Coast Highway. Further, that the 
Commission is now negotiating for the purchase of this property, but the con- 
ditions of the sale, if the Commission's offer is accepted, are not immediately 
available. After further discussion it was agreed that Mrs. Rockey and Mrs. 
Smith would be informed of future details in connection with this matter when 
the deal with Mr. Knapp has been consummated. 


The Commission adjourned at 6:00 p. m. to reconvene the following 
morning in the Imperial Hotel to dispose of accumlated routine matters. 


Portland, Oregon, August 15, 1941 


The State Highway Commission reconvened at 9:00 a. m. in Room 415 
(Imperial Room) Imperial Hotel, with all Commiesioners present and participat- 
ing. Also present were the State Highway Engineer, the Attorney and the Sec- 
retary. 


The Commission by unanimous vote approved the minutes of the meeting 
held on April 3 and 4, 1941. 


The Assistant Attorney reported the status of the right of way budget 
explaining that of the $600,000 budgeted by the Commission for 1941 general real 
property purchases $502,000 has been obligated, and that of the $800,000 budg- 
eted for the acquisition of right of way for the Front Avenue Project, Port- 
land, $490,500 has been obligated. The Commission approved the report. 


The Attorney requested authority to acquire certain percels of real 
property that are needed for various improvements throughout the state. He 
swbmitted a list of such properties with offers that he recommended for each 
parcel. After due consideration the Commission approved the request and by 
unanimous vote adopted the following resolution pertaining thereto: 


WHEREAS, in connection with the further improvement of the 
highways hereinafter designated, it is and has been necessary to ac- 
quire property for right of way, quarry sites, gravel or other mate- 
rial sites, or sites for the storage of materials, as hereinafter 
more definitely set forth, and 


WHEREAS, as a result of negotiations carried on with the 
omers of the property required, options have been obtained, which 
options have been considered by the Commission, outlining the bases 
of settlement which have been agreed upon, and 


WHEREAS, it is the judgment of the Commission that the said 
options should be approved and accepted, and/or the said reports be 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


N Bend-Marshfield Section, Oregon Coast Highway (Cont. 
9486-Coos County R, 12,000 sq.ft. sq.ft., Benson 
sq.ft. 8 1/34 sq.ft. 
sq.ft. 53¢ sq.ft., (minus) 
aq.ft. otf sq.ft., 
sq.ft. 1 1/3¢ sq.ft., 
sq.ft. 3f sq.ft., 
sq.ft. 3¢ sq.ft., 
sq.ft. 3 1/3¢(minus) sq.ft., 
4,000 sq.ft. 5f sq.ft., plus $466 
70,600 sq.ft. 


Coos County Line Section, Coos Bay-Roseburg Highway 
4480-A Coos County Stock 0.74 GRATIS Benson 
Pile 


Union Avenue and Ankeny Streets By-Pass, Pacific Highwa East 

9394-Harrington, Frances C. R/W 8000 sq.ft. $1 sq.ft., + $2000 McCallister 
South Salem-Pringle Creek Section, Pacific Highwey 

9289-Heasley, A. E. Permanent easement over 154150.75 McCallister 


feet for roadway-LUMP SUM $150 


Kernville-Siletz Section, Siletz Highway 
9641-Werner, Joseph L. R, 0.91 LUMP SUM - $1 McChesney 


9637-Scott, William R/W 1.5 #100 per acre 
$10 per acre, plus 
$244.20, plus moving 
buildings (Estd. $450) 
8755-Hawlay, Elizabeth and R/W $10 per acre, plus $8.80 " 
Ben Center 
9640-Mack, Wallace B. R/W $100 per acre, plus $432, " 
plus moving tildings 
(Estd. $1200), plus filling 
(Estd. $600) 
9634-Grand Ronde-Siletz R/W 0.3 acre at $100 per, " 
Agency 0.4 acre at $10 per, 
plus $66 
8756-Siletz Land and Dairy R/W 6.52 $10 per acre, + $473 
Company 


Oak Creek Bridge Section, <7, Highway 
94,53-Wyatt, H. C. R, 0.32 $1000 per acre, + $80 Witt 


Illahe School-Albany Section, Pacific Highwa 

9481-Wood, J. W. C. R 0.13 $100 per acre, + $565 Witt 
94.77-Frohmader, Louis R/W 2.91 $75 per acre, + $172.50 " 
94'76-Marion County R/W 0.37 GRATIS " 
(Continued on next page) 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Vadis—Gardiner Ranch Section, Wolf Creek Highway (Cont.) 
9577-Nitchman, Charles Easement 90 day easement to prospect Collins 


for rock and gravel-GRATIS 


6538-Carthy, H. G. R/W 1.09 $200 per acre, + $50 " 

9406-Wilken, William M. R/W 0.163 $200 per acre, + $167.40 " 

6555-Zurcher, Ernest and Easement Culvert easement-—$150 " 
Fred 

arhart—-Seaside Section n Coast Hi 

9092-Schoenborn, Richard C. 3 lots Original settlement DeSouza 
(Supplemental) $366.70, plus $30 

Arch Ca Manzanita Section, Oregon Coast Highw 

8814-Gorman, D., Estate Park 38.67 $51.72 per acre Benson 

Camp Clatsop—West e Section, Oregon Coast Highwa. 

9549-Hurlbutt, Frank L., B/W 0.147 3500 per acre, + $17 Gardiner 
Estate 

9550-Hurlbutt, Fred N. R/V 0.225 $200 per acre, + $60 " 

9651-Tagg, Harold W. R/W 0.84 GRATIS n 

9551-Cunningham, Herbert G. R/W 0.143 $200 per acre, + $19 " 

9548-Poole, Fred B. R/W 0.367 $200 per acre, + $48 " 

9664-Chadwick, Wm., Estate R/W 0.459 $300 per acre " 


North Bend-Marshfield Section, Oregon Coast Highwa 
9524-A Butcher, Clyde E. R/W 4800 sq.ft. 15¢ sq.ft., + $476 Benson 
9520-Harris, Harold Doc R/W 7156 sq.ft. 17¢ sq.ft., + $2283.48 " 
9519-McDonald, J. H. 9123 sq.ft. 174 sq.ft., + $5917.55 " 
8042-Gorst, Julia L. 288 sq.ft. 15¢ sq.ft., + $10 " 
9493-Culver, W. T. (Co) 35,693 sq.ft. 15¢ sq.ft., " 
7,700 sq.ft. 20¢ sq.ft. 
43,393 sq.ft. 
9505-Choat, Sam R/W 97,987 sq.ft. 15¢ sq.ft. " 
56,850 sq.ft. 10¢ sq.ft. 
31,600 sq.ft. 5f sq.ft., plus 
186,437 sq.ft. $3036.95 


$33 


9646-Haley, A. i. Ry# 2400 sq.ft. 15¢ sq.ft., plus $750 " 
9524-Butcher, Iva B. R/W 7200 sq.ft. 15¢ sq.ft., plus $920 " 
8043—Gorst, Vern C. R/t 645 sq.ft. 15¢ sq.ft., + $112.50 " 
9486-A Coos County R/W 17,466 sq.ft. 13¢ sq.ft., " 
11,834 sq.ft. 3 i/o sq.eft., plus 
29, 300 $2600 
8046-Ford, Stella and R/W 8996 _ sq.ft. 12¢ sq.ft. " 
M. Jones 
80,5-First National Benk af R/W 29,182 sq.ft. 12¢ sq.ft. " 
Coos Bay, Ben R. Chand- 
ler and John S. Coke F 


(Continued on next page) 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Goshen-Lowell Seotion, Willamette Highway (Cont. 

9310-Gibbins, Irvin A. 0.44 In exchange for Parker 
18,000 sq.ft. to be 
conveyed by State, in 
Lots 3 and 10, Block 7, 
Kincaid Park Addition, 
Eugene, + $50, plus mov- 
ing bldgs. (Estd.$700) 

3921-Doughty, Rosa Lee R/W & 2.74 $125 per acre, + $434.63, 

Borrow Pit plus moving barn(Est4. 

$250) in addition State 
to convey lands com- 
prising 1.19 acres ac- 
quired from Brabham and 
600 sq.ft. acquired from 
Hansen (value $148.75)Gardiner 


Rainrock-Triangle Lake Section, Siuslaw Highway 
9649-Clark, S. D. Maintenance 


Stock Pile 0.46 LUMP SUM - $75 Lytle 
- 9659-Ingram, Chloie B. Stock Pile - 1.0 LUMP SUM - $100 " 


way —. 
9661-Taylor, Mary J. 


1.12 LUMP SUM - $100 Lytle 


McCallum-Vale Section, Vale West Highway 
9374-Anderson, John G. R 0.08 $50 per acre Landon 


0.40 $7.50 per acre, + 
0.48 fencing $55.50 


Dillard Section, Pacific Highway 
9643-Sheridan, Sadie Stock 2.92 $165 per acre, + Lytle 


Pile $70 


Grave Creek-Jump Off Joe Creek Section, Pacific Highwa: 
$872-Smith, Amos R/W 8.267 LUMP SUM - $575 Collins 
" 


8868-Waller, T. B. R/W 0.18 $100 per acre, + $40 


Brothers and Harney County Line Section, Central Oregon Highway 
9571-Klamath County Querry 40.0 GRATIS Cozad 


6144-Deschutes County 40.0 GRATIS Martin 


Barclay Springs-Graham Marsh Section, The Dalles-California Highway 
8643-Southern Pacific Co. R/W 11.5 LUMP SUM - $200 DeSouza 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


llahe School-Al c 


9479-Poisal, Heary and 0.75 $50 per acre, + $47 Witt 
Fannie K. Waln 
9478-Eoff, Asa I. R/W 0.55 $150 per acre " 
1.00 $50 per acre, + $142 
' 1.55 
“4 
t Kernville-Forest Boundary Section, Siletz Highway 
i 9563-Sijota, John Stock 0.14 LUMP SUM - $75 Witt 
t Pile 
. Plunkett Creek-Wren Section, Kings Valley Highway 
8724-Bell, Curtis Cash allowance in lieu of mov- Collins 
(Supplemental) ing barn and barnyard fence - 
$1,000 


RIDE ATES 


Eugene Section, Pacific Hiehwey 
9317-Lane County 162,041 sq.ft. GRATIS Parker 


Judkins Point Section, Pacific 
9323-Rhoads, 0. D. 18,000 sq.ft. In exchange for Parker 


lands lying outside 

» in Lots 1 and 12, 
Block 7, Kincaid Park 
Addition, Eugene 
(18,000 sq.ft.) + $400 
+ moving buildings 


(Estd.$1200) 
ene-Mapleton Section, Route "F" Hi 
8155-Fisher, Benj., Quarry Site 5.05 $75 per acre, + $25, Devers 
Estate and haul road plus fencing 


ne-Svringfield Junction Section, Pacific Highwa: 
9232-M & R Properties Co. R/W 17.24 $750 per acre Parker 


1.5 $300 per acre, plus 


18.74 $24,820 
9250-Eugene Power Co. R/W 2.3 No charge " 
hen-Lowell Section, Willamette Highwa 
$922-Brabham, Arthur W. R/W 12.10 $125 per acre, + Gardiner 
Stock Pile $761.50 
9662-Hyde, C. F. R/W 18,000 sq.ft. LUMP SUM ~ $500 Parker 
18,000 sq.ft. LUMP SUM - $450 
36,000 sq.ft. 


(Continued on next page) 
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Purpose 
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Acres Approximate Amounts Agent 


Yadres—frockes River Section, The Dalles-California Highway 
119-Conroy B. N. Easement 10 foot Across front of prop- 


Easement 
Easement 


8624-Irving, Lewis H. 
8613-Howard, V. S. 


Powell Butte Section, Powell Butte High’ 
9030-Weigand, Rolla 7, 0.60 
Prairie City-Dixie Summit Section, John Day Highway 
8881~Forrest, Clyde R/W 2.0 $125 per acre 


Brogan-Jamieson Section, John Day Jephiay 
9171-Brom, C. J. and L. E. R, 0. 


Hammack 
9397-OWPR & N Co. and R/W 
E. J. Vilsmeyer 
9167-Pearson, Jack R/W 
9159-Nichols, Orville R/W 


9163-Edwards, Willard B., R/W 
Estate and Orville 


Presley 
9160-Kennedy, John A., R/W 

Estate 
9161-Kendall, Robt. R. R/W 


9164-Reed, Axtel and George R/W 
Baker 


Northeast Union Avenue and Northeast Couch Section, Pacific Highway East 
9395-First National Bank R/W 1240 sq.ft. Land $1500, plus McCallister 


of Portland 


erty-Gratis, + build- 
ing stairway from walk 


to level of yard Cozad 
10 foot GRATIS, + $37.50 " 
5 foot GRATIS 
LUMP SUM - $80 Chandler 
Landon 


0.78 $100 per acre, plus 
$533.40, + moving 
garage, shed, cutting 
trees, replacement re- 
taining wall, replacing 
ornamental fence (Estd. 
$561), plus moving barn 
(Estd. $1065) 


$100 per acre, + $63 Landon 
(Approx. ) 

Allowance for construction " 

of concrete gutter - LUMP 

SUM - $50 

3.03 $5 per acre 

6.44 $50 per acre, + $352 " 
165 sq.ft. 1f sq.ft., + $25 for " 
moving gas pump, if 
found necessary 


2356 sq.ft. $0.005 sq.ft., + $32 " 


13,920 sq.ft. $0.0025 sq.ft., plus " 
fencing $12.50 
$0.0025 sq.ft., plus " 
fencing $9.50 
0.09 $100 per acre " 


10, 383 sq.ft. 


$1500 


oo: 


¢ 
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Section, Hwy., and Omer Purpose Acres Approximate Amounts Agent 


uecras Section, The Dalles—California Highway 
30-Dizney, T. H. Slope Permanent easement over land Cozad 


Easement 10x50 ft. Gratis, plus $36.25 


8629-Dizney, T. M. Slope Permanent easement over land bd 
Easement 10x50 ft. Gratis, plus $26.25 
$620-Priday, John H. Slope 1,125 sq.ft. at 184 sq.ft., plus " 
Easement fencing 
8626-Gray, Viole M. Slope Permanent easement over land " 
Easement 150x20 ft. Gratis 
8621-Hannon, Wm. H. Slope Permanent easement over land n 
Easement 5x50 ft. Gratis 
8622-Gray, Viola M. Slope Permanent easement over land ® 
Easement 5x250 ft. Gratis 
8618-Ellis, W. A. Slope 
Easement Permanent easement over land ad 
10x150 ft. Gratis, + fencing 
8623-Watts, Lillian R/W Permanent easement over land 
Slope Easement 5x50 ft., Gratis ° 
8610-Irving, Lewis H. and Easement 15 foot easement - Gratis " 
Howard W. Turner 
8604-Howard, V. S. R/M 5 foot easement - Gratis " 
Easement 
Madras-—Crooked River Sections pe Dalles-Celifornia Highway 
$590-Williams, Mary B. 7.55 $25 per acre, + $417 Cozad 
8579-Thompson, Mary C. R/W 3740 sq.ft. If sq.ft. " 
8578-Donlon, Lillien Mae R/W 2080 sq.ft. lf sq.ft. " 
8570-Springer, C. G. R/W 3000 sq.ft. 2¢ sq.ft. " 
8591-A Vesperman, Clara Gravel 7.75 $25 per acre " 
Pit 
$591-Vesperman, Clara R/W 3.45 $25 per acre, plus 
fencing $100 " 
8587-Snook, Wm. H. R/W 5.81 $25 per acre, + $305 " 
8586-Snook, Martha E. RAW 19.08 $25 per acre, plus " 
fencing $348 
8585-Hemquist, Mary N., R/W 1.63 $25 per acre, + $186 " 
Estate 
8574-Snook Wm. H. R/W 1150 sq.ft. If sq.ft. " | 
6608-Henske, Robert R/W 0.68 $25, + $9 fencing " | 
8577-Carter, Doris R/V 0.253 $25 per acre, + fencing " 
8628-Wilson, Etta Manila R/W Permanent easement over land " 
Easement 10x50 feet, Gratis, plus fencing 
and stairway from yard to side- 
He walk 
- 8572-Marshall, Myra M. and R/W 10,148 sq.ft. $0.01 sq.ft. " 
; M. E. Snook 
$569-Burns, Joe R/i 3000 sq.ft. 2¢ sq.ft. " 
8625-Irving, Louise R. Easement over 15 x Gratis, plus $165 " A 
110 feet 


(Continued on next page) 
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B. F. Friday and W. 0. Galloway property:-The Attorney 
advised that these men own 20 acres of land of which the state needs 
7.2 acres for right of way; further that Messrs. Friday and Galloway 
paid only $750 for the entire 20 acres and are demanding $1500 for 
the entire acreage or $1000 for the right of way only. He said he 
offered $1000 for the 20 acres but this was refused. After discus- 
sion the Commission approved an offer of $1500 for the entire acre- 
age. 


Maller Estate:-The Attorney advised that the state is 
taking 4.58 acres of land belonging to this estate; further, that 
the owners are asking $3000 for the same and are demanding eccess to 
the highway in addition, whereas he has had the property appraised 
by different appraisers, two of whom place a value of $1600 on the 
property, although the third valued the property at $3,300. The Com- 
mission deferred a decision on this matter pending inspection of the 
property by Chairman Cabell. 


Wade Armentrout property:-The Attorney advised that the 
state is taking 2.86 acres from Mr. Armentrout and that Mr. Armen- 
trout is demanding $875 for the land and wants the privilege of mov- 
ing cordwood from the same, whereas four different appraisers valued 
the property at $576, $532, $675 and $791, respectively. The deci- 
sion in this case was likewise deferred by the Commission pending per- 
sonal inspection of the property by Chairman Cabell. 


Inez Maude Taylor property, consisting of 5.61 acres:-The 
Attorney reported that he has had this property appraised by four ap- 
praisers who value the property at $1,211, $1,552, $1,687 and $1,921, 
respectively, whereas the owner is demanding $2,250 for the same. 
He recommended an offer of $2,000 for land and access privileges. 
The Commission approved the recommendation. 


Mary E. Ibach property:-The Attorney advised that he had 
this property appraised by four different appraisers who value the 
property at $1,480, $1,250, $1,275 and $1,608, respectively, exclu- 
sive of moving barn and construction of a cattle pass in each instance. 
He also said that he has already made an offer of $1,500 for the land. 
The Commission approved such offer. 


The Attorney then asked the Commission to authorize condem- 
nation proceedings to acquire other parcels of land that are needed 
for right of way or other highway purposes. He presented a list of 
such properties together with the following offers that he recommended 
in condemnation: 


Wh Pata ~ 


No. Name Purpose Required Recommended Offer 
Southern Pacific Company Filler Pit $518 
Ellen #. Wood R/W 20 


: ess 
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Mr. F. T. Fowler, Traffic Engineer of the City of Portland, was pres- 
ent and discussed with the Commission the proposed rerouting of south-bound 
Pacific Highway East traffic (Union Avenue) under the east approach to the Burn- 
side Bridge, Portland, as follows: along Couch Street to East Third Avenue, 
thence south along East Third Avenue to East Ankeny Street, thence east along 
East Ankeny Street to a connection with Union Avenue. He said that the Port- 


land city officials as well as the traffic safety committee of the city have 
approved such rerouting as a permanent proposition, at least until the east 


approach to the Burnside Street Bridge is rebuilt over Union Avenue, which im- 
provement is not scheduled for the near future. In view of this improvement 
the Commission decided to proceed with the acquisition of right of way at the 
northwest corner of Union Avenue and Couch Street and at the southwest corner 
of Unicon Avenue and East Ankeny Street and instructed the Attorney to negotiate 
for the same on the basis of previous discussion. 


The Engineer discussed with the Commission matters pertaining to the 
improvement of the Oregon Coast Highway between Marshfield and North Bend. He 
recalled that the Commission has alrvady approved the construction of the mid- 
dle unit of this section, 0.97 mile in length, at a cost of $170,000 and gave 
as his thought that it would be advisable to include in this contract the con- 
struction of a north-bound traffic lane on the south unit which is estimated 
to cost $66,000. Furthermore, the north unit, 0.51 mile in length, should also 
be included in the contract, such project being estimated to cost $140,000, mak- 
ing the total estimated cost to complete the entire improvement $376,000. After 
discussion the Commission approved the additional expenditure to be paid out 
of state highway funds and thereupon authorized the Attorney to negotiate for 
needed right of way. 


The Engineer also brought up for discussion matters pertaining to 

the reconstruction of the Pacific Highway between Eugene and Springfield. He 
estimated the cost to relocate the railroad between these points at $248 ,000 
and to rebuild the highway at $585,000, or a total of $833,000, exclusive of 
right of way which is estimated to cost about $250,000. After considerable dis- 
cussion, which consisted principally of right of way features, the Commission 
instructed the Attorney that all settlements for right of way needed for this 
new railroad location except those in connection with which commitments have 
already been made be held up until he has received further instructions from 
the Commission. 


The Attorney discussed with the Commission matters as follows per- 
taining to condemnation cases for right of way needed for the Wolf Creek High- 
way in Washington County: 


B. F. Friday property, 2.89 acres:-The Attorney advised 
that this property is now under condemnation and Mr. Friday is demand- 
ing $500 for this lend and that he offered to pay Mr. Friday $350 for 
the same but it was refuséd. Furthermore, Mr. Friday wants access 
to the highway from his property. The Commission approved the offer 
of $350 for the land and access privileges and instructed the Attorney 
to proceed with the condemnation in the event the offer is refused. 
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the several parcels of real property hereinafter described are each 

and all necessary for the accomplishment of the purposes hereinafter 
expressly and specifically set forth, which said real properties and 
the specific purposes for which the same are being acquired are de- 

scribed as follows, to wit: 


Real property owned by Juanita A. Starr, which prop- 
erty is located in Government Lots 1, 2, 3, and 4, and in 
the southeast quarter (SE{) of the northeast quarter (NE4) 
and in the northeast quarter (NE) of the southwest quarter 
(SW) of Section 3, and in Government Lot 1 of Section 4, 
Township 1 North, Range 6 East, and in Government Lot l, 
and the southeast quarter (sd) of the northeast quarter 
(NEZ) of Section 3, and in the northwest quarter NW) of 
the northwest quarter (NW) of Section 2, Township 1 North, 
Range 6 East, and in Lots 3 and 4 of Section 35, Township 
2 North, Range 6 East, W. M., Multnomah County, Oregon, 
and is more particularly described on the attached sheets 
and designated as Parcels Nos. 1 and 2 and is further iden- 
tified in the records of the Highway Commission as file 
R 4869, and which property is being acquired for right of 
way purposes in connection with the Columbia River Highway.* 


Real property owned by Southern Pacific Company, which 
property is located in the north half of the northwest quar- 
ter of Section 31 and in the northwest quarter of Section 
31, Township 17 South, Range 4 West, W. M., in Lane County, 
Oregon, and is more particularly described on the attached 
sheets and designated as Parcels Nos. 3 and 4 and is further 
identified in the records of the Highway Commission as file 
R 8752, and which property is being acquired for right of | 
way purposes in connection with the Eugene-Swisshome High- 
way;* 


Real property owned by Ellen E. Wood, which property 
is located in Government Lot 7 of Section 20 and in Gov- 
ernment Lot 8, Section 19, Township 8 South, Range 10 West, 
W. M., in Lincoln County, Oregon, and is more particularly 
described on the attached sheets and designated as Parcel 
No. 5 and is further identified in the records of the High- 
way Commission as file R 9638, and which property is being 
acquired for right of way purposes in connection with the 
Siletz Highway;* 


Real property owned by D. M. Morley, which property 
is located in Government Lot 1 (NWZ of NEG) of Section 20, 
Township 8 South, Range 10 West, W. M., in Lincoln County, 
Oregon, and is more particularly described on the attached 
sheets and designated as Parcel No. 6 and is further iden- 
tified in the records of the Highway Commission as file 
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Name Purpose Required Recommended Offer 

D. M. Horley R/W $15 

Donald W. Johnson, et al R/W 200 

J. H. Cartwright, et al RAW 892.50 

Road Approach Easement 

First National Bank of Sheridan R/W 231 + moving 
C. A. Fertig R/W 100 

Mrs. David Tagg R/W 85 

R. B. Poole R/W 70 

Helen A. Hurlbutt R/W 45 
Webster L. Kincaid R/W 3000 
Webster L. Kincaid R/W 550 
George P. Hitchcock, et al R/W 10,000 
Juanita Starr R/W 10,000 


After careful consideration of each item the Commission approved the 
offers and thereupon by unanimous vote adopted the following resolution author- 


izing the Attorney to proceed with condemnation: 


WHEREAS, the State Highway Commission is authorized to lo- 
cate, relocate, construct, reconstruct, maintain, widen, straighten, 
and otherwise improve state highways, both primary and secondary, and 
said Commission is also authorized to construct shops, equipment sheds, 
office buildings, maintenance sites, patrolmen accommodations, and 
snow fences, and is authorized to acquire quarry sites, gravel pits, 
storage sites, stockpile sites, weighing stations, and broadcasting 
stations, and is further authorized to develop, construct, improve, 
operate, and maintain parks, parking places, auto camps, camp sites, 
roadside development, recreational grounds, or resorts, and other 
places of attraction and scenic value; and 


WHEREAS, said Highway Commission is authorized to acquire 
by purchase, agreement, donation, or by the exercise of the power of 
eminent domain real property, or any interest therein, necessary or 
deemed by the Highway Commission necessary for the accomplishment of 
any and all of the foregoing things; and 


WHEREAS, in the judgment of the Highway Commission the sev- 
eral tracts or parcels of land hereinafter described are each and all 


necessary for the specific and particular purposes hereinafter speci- 
fically set forth; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission as follows: 


1. That the Commission does hereby find and declare that 


#The amount of the offer is indeterminate but is to be taken up with 
Mr. Cabell if it is more than about $200. 


as file R 9546, and which property is being acquired for 
right of way purposes in connection with the Oregon Coust 
Highway 3% 


Real property owned by Webster L. Kincaid, which prop- 
erty is located in the Zara Sweet D. L. C. No. 68 in Sec- 
tion 33, Towmship 17 South, Range 3 West, W. M., and in 
Block 1, Kincaid Park, Eugene, all in Lane County, Oregon, 
and is more particularly described on the attached sheets 
and designated as Parcels Nos. 12, 13, and 14 and is fur- 
ther identified in the records of the Highway Commission 
as files R 9252 and 9321, Parcels Nos. 12 and 13 being ac- 
quired for right of way purposes in connection with the 
Pacific Highway and Parcel No. 14 being acquired for right re 
of way purposes in connection with the Willamette Highway ;* 


Real property owmed by George P. Hitchcock, et ux., + 
which property is located in Section 33, Township 17 South, | 
Range 3 West, W. M., in Lane County, Oregon, and is more | 
particularly described on the attached sheets and designated 
as Parcel No. 15 and is further identified in the records 
of the Highway Commission as file R 9251, and which prop- 
erty is being acquired for right of way purposes in connec- 
tion with the Pacific Highway.* 


2. That the Commission does hereby find and declare that 
each of the said described parcels of real property is necessary and 
acquisition of the same by the State is required for the specific pur- 
poses hereinabove set forth, and the said properties are being ac- 
quired for the express and specific purposes in this resolution set - 
forth. 


3. That the State Highway Engineer be and he hereby is in- 
structed and directed to make or cause to be made all surveys neces- 
sary in connection with the determination, description, and acquisi- 
tion of said real properties, and seid Engineer is further instructed 
to prepare and submit to the Legal Department necessary and adequate 
descriptions of the said real properties, which said descriptions 
shall be available for the preparation of any deed or deeds or other 
instrument or instruments necessary to complete the acquisition of said 
property or properties, whether said properties be acquired by purchase, 
donation, agreement, or by the exercise of the. power of eminent domain. a 


4. That J. M. Devers, Attorney for the State Highway Com- 
mission, be and he is hereby requested, authorized, and directed to 
attempt to agree with the owner or owers and/or with the tenants or 
persons in possession, if there be any, of said parcel or parcels of 
land with respect to the compensation to be paid for the taking of 
the same and the damage, if there be any, and in the event that no 
satisfactory agreement or agreements can be reached, then it is hereby 


R 9633, and which property is being acquired for right of 
way purposes in connection with the Siletz Highway;* 


Real property owned by J. H. Cartwright, et al., which 
property is located in the southeast quarter (SEZ) of Sec- 
tion 4 and in the northeast quarter (NEZ) of the northeast 
quarter (NE{) of Section 9, Township 15 South, Range 5 West, 
W. M., in Benton County, Oregon, and is more particularly 
described on the attached sheets and designated as Parcel 
No. 7 and is further identified in the records of the High- 
way Commission as file R 4415, and which property is being 
acquired for highway purposes in connection with the Ter~ 
ritorial Highway;* 


Real property owned by First National Bank of Sheridan, 
which property is located in the James Taylor D. L. C. 
No. 43 of Section 10, Towmship 7 North, Range 10 West, W. M., 
in Clatsop County, Oregon, and is more particularly de- 
scribed on the attached sheets and designated as Parcel No. 
8 and is further identified in the records of the Highway 
Commission as file R 9552, and which property is being ac- 
quired for right of way purposes in connection with the 
Oregon Coast Highway;* 


Real property owned by Emily M. Fertig and Charles A. 
Fertig, wife and husband, located in the Lewis Thompson 
D. L. C. No. 45 in Section 4, Township 7 North, Range 10 
West, W. M., in Clatsop County, Oregon, and is more par- 
ticularly described on the attached sheets and designated 
as Parcel No. 9 and is further identified in the records 
of the Highway Commission as file R 9544, and which prop- 
erty is being acquired for right of way purposes in con- 
nection with the Oregon Coast Highway;* 


Real property owned by Emma M. Tagg, et al., which 
property is located in the Lewis Thompson D. L. C. No. 45 
in Sections 4 and 9, Tomship 7 North, Range 10 West, W. M., 
in Clatsop County, Oregon, and is more particularly de- 
scribed on the attached sheets and designated as Parcel 
No. 10 and is further identified in the records of the 
Highway Commission as file R 9545, and which property is 
being acquired for right of way purposes in connection 
with the Oregon Coast Highway;* 


Real property owned by Robert B. Poole, et ux., which 
property is located in the John Hobson D. L. C. No. 44 in 
Section 9, Towmship 7 North, Range 10 West, W. M,, Clatsop 
County, Oregon, and is more particularly described on the 
attached sheets and designated as Parcel No. 11 and is fur- g 
ther identified in the records of the Highway Commission 
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Swisshome Rock Production Project on the Siuslaw Highway, 
Lane County. Estimated cost $20,200. 


Pendleton-Meacham Rock Production Project on the Old 
Oregon Trail, Umatilla County. Estimated cost $19,000. 


Gilliam County Line-Umatilla Rock Production Project 
on the Columbia River Highway, in Morrow and Umatilla Counties. 
Estimated cost $17,000. 


Belknap Springs-Fourmile Butte Rock Production Project 
on the McKenzie Highway, in Deschutes and Lane Counties. Estimated 
cost $26,000. 


The Commission approved the request by unanimous vote. 


The Engineer also requested authority to replace the Rogue River 
Bridge on the Salmon River Highway, in Polk County, at an estimated cost of 
$7,500. The Commission approved the expenditure. 


A letter was presented from Honorable J. D. Perry, Deer Island, re- 
questing the elimination of a curve in front of the Deer Island public school 
ground. The Engineer advised that.this work is estimated to cost $15,000 and 
the Commission previously in this session approved the project. He was in- 
structed to so inform Mr. Perry. 


The Engineer advised that on his return from the Commission's 
Eastern Oregon trip on July 25, he stopped at LaGrande and discussed certain 
road matters with Mr. Charles Reynolds, President of the Oregon Trail Associa- 
tion, and Mr. Reynolds particularly asked that the Commission give considera- 
tion to the following projects: 


(1) Extend the improvement of the Wallowa Lake Highway a dis- 
tance of about two miles south of the completed section at Boswell 
Ranch. 


(2) Improve the county road between Toligate and Milton, about 
ten miles in length, as a federal aid secondary highway project. 


(3) Construct the proposed revision of the Old Oregon Trail be- 
tween Union and North Powder on the Ladd Canyon route. 


(4) Authorize additional improvements for the Starkey Secondary 
Highway. 


(5) Extend the federal Bid secondary highwa improvement on 
Hunter Lane a distance of about five miles to the end of the farm- 
ing district. 


Action on these requests was deferred by the Commission pending inspection of 
the several projects on its next trip into this district. 
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further resolved that J. M. Devers, Attorney for the State Highway 
Commission, be and he hereby is requested to commence and prosecute 
to a final determination such suit or action, or suits or actions, 

as may be necessary and appropriate to acquire title to the said pre- 
mises and all rights therein for the purposes herein stated. 


: 5. That this resolution be entered in full in the minutes 
: and records of this Commission. 


/ *(The detailed descriptions of the respective parcels of real prop- 
erty mentioned in this resolution are attached to the original reso- 
lution on file in the office of the State Highway Commission, Salen, 
being Resolution No. 15, under the heading "Real Property Condemna- 
tion Resolutions", and said descriptions by this reference are made 
a part of this minute entry to the same extent as if copied in full 
herein.) 


r 
rn 
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The Attorney discussed with the Commission the acquisition of right 
of way for the new Columbia Gorge Highway across property owned by Mrs. Juanita 
Starr. He said that Mrs. Starr is demanding $22,500 for such right of way, tut, 
in his estimation, it is not worth more than $10,000. He recommended an offer 
of $10,000 in connection with this condemnation case. The Commission approved 
the recommendation. 


LB LTINEN ROO SRO TAL 


The Engineer discussed with the Commission two letters from W. H. 
Lynch, District Engineer, Public Roads Administration, in which the Highway 
Commission is asked to waive restrictive regulations and permit the transpor- 
tation over certain state highways of loads with overall lengths up to 60 feet 
and with gross weights of 68,000 pounds as an emergency measure, associated 
: . directly with national defense. (See letters dated August 2 and August 14, 
1941) Both letters were read aloud and discussed. The Engineer was instructed 

to reply that the Commission feels strongly that the increased weight should 
not be placed on Oregon highway bridge structures and that general highway 
traffic should not be subjected to the hazard of loads that cannot keep on 
their own side of the road; furthermore, that the Commission would be glad to 
comply with the request but in its opinion it has no authority to grant permits 
for movements of vehicles which exceed the weights and dimensicns prescribed 
by law and ignore the express will of the recent legislature notwithstanding 
that it is a recognized fact that the present statute serves as a barrier to 
the free movement of interstate commerce. 


eh RO 0 


The Commission adjourned at 12:15 p. m. and reconvened at 1:00 p. m. 
i in the same room with the same persons present and participating. 


The Engineer requested authority to advertise for bids for the fol- 
lowing rock production projects: 


TP ae 
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with the following formula: one-third population, one-third mileage of streets 
on Ue2S (general use streets - see Technical Report #38-1), and one-third on 
the ton-miles of travel on the U-2S; the balance of the money is to be used 
now, if necessary, to finance emergency improvements on city streets. The im- 
improvements in each instance are to be covered by written agreement between 
the city and the state. The Engineer was instructed to prepare a program for 
such improvements. The Attorney presented and read aloud the following coop- 
erative form of agreement between the cities and the state covering the matter, 
which form the Commission approved by unanimous vote: 


THIS AGREEMENT made and entered into this day of ; 
1941, by and between the STATE OF OREGON, by and through its State 
Highway Commission, hereinafter called the "State", party of the first 
part, and the CITY OF » a municipal corporation of the 
State of Oregon, by and through its municipal authorities, herein- 
after called the "City", party of the second part; 


WITNESSETH: 
RECITALS: 


l. The city streets hereinafter named have been and are 
new being subjected to a kind and volume of motor traffic which is 
destructive of said streets beyond the financial ability of the City 
to repair and maintain the same. 


2. One of the major uses of said streets at this time is 
by commercial motor traffic including logging traffic. 


3. It is the judgment and opinion of the Highway Commis- 
sion that, because of the kind and volume of traffic using said 
streets, the State should in equity cooperate with the City in the 
improvement or maintenance of said streets or sections thereof which 
are hereinafter named. 


4. Subsection 32 of Section 100-115 0. C. L. A., author- 
izes the Highway Commission among other things to "enter into an 
agreement or agreements with any county, city, towm or road district 
for the construction, reconstruction, improvement or repair of any 
road, highway or street upon such terms and conditions as the con- 
tracting parties may mutually agree upon". 


NOW, THEREFORE, the premises being as stated in general 
and in part in the foregoing recitals, it hereby is agreed as fol- 
lows: 


1. The State shall, without cost to the City except with 
respect to rights of way, improve and maintain, in the manner and to 
the extent set out in the maps, plans and specifications which are 


BR 
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fhe Commission discussed a letter from J. H. Wittrock, Kerby, Oregon, 
requesting the oiling of the Redwood Highway full width through the business 
district and construction of a sidewalk for the benefit of school children and 
other pedestrians. The Engineer estimated the cost of the oiling at $1,500 
and the cost of an oiled footpath, 0.04 mile in length, at $300. He recommended 
construction of the sidewalk and that the request for the other oiling work be 
denied. The Commission approved the recommendation. 


The Commission considered and referred to the Engineer for investiga- 
tion and cost report a resolution from Malheur Pomona Grange No. 33 requesting 
the improvement of the County road which extends from the Adrian-Nyssa Highway 
to Owyhee Dam, in Malheur County. 


The Commission also discussed a letter from Mr. L. J. Simpson, Em- 
pire, Oregon, urging further improvement of tne Cape Arago Secondary Highway 
between the end of the present improvement and Cape Arago State Park. The Com- 
mission denied the reauest on account of lack of funds with which to finance 
the work and for the further reason that the Commission is now spending consid- 
erable money in the Coos Bay district for highway improvements and feels that 
this district is getting its full share of the highway funds. The Secretary 
was instructed to so inform Mr. Simpson. 


A letter was presented from Mr. H. W. Gauntlett, President of the 
Bank of Newport, requesting the improvement of the Oregon Coast Highway be- 
tween Newport and Taft. The Secretary was instructed to inform Mr. Gauntlett 
that the Commission plens to give this project due consideration in the form- 
ulation of its next construction program. 


The Engineer requested authority to spend about $14,000 for landscap- 
ing and yard work at the highway department's new testing laboratory in Salen, 
so as to provide an improvement comparable to the adjoining highway department 
premises and those of the forestry department and the state penitentiary. The 
Commission approved the request. 


The Engineer reported the destruction by fire of the maintenance 
buildings at Alkali Lake adjacent to the Lakeview-Burns Highway, in Harney 
County. He requested authority to replace the buildings, which consist of two 
patrolmen's houses and one maintenance shed, at an estimated total cost of 
$15,500. This matter was discussed at considerable length during which the 
question arose whether or not it is absolutely necessary to build both patrol- 
men's houses at this time. The Commission's final decision was to construct 
all three tuildings at this time, thus avoiding probable extra expense if one 
of the patrolmen's houses was built later on. 


The Commission discussed the matter of maintaining city streets that 
are not on state highway routes, particularly those wnich are being damaged by 
log hauling operations and general commercial trucking. After careful consid- 
eration of this matter the Commission authorized an expenditure of $250,000 for 
such purpose, $150,000 of which is to be spent next year in cities and tows 
having a population of not less than 250 and not more than 50,000 in conformity 
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IN WITNESS WHEREOF, the parties hereto have subscribed 
their names and affixed their seals the day and year first above 


written: 

STATE OF OREGON, by and through its 
ATTEST: State Highway Commission 

By 
Secretary Chairman 

By 
APPROVED: Commissioner 

Commissioner 

State Highway Engineer Party of the First Part 
ATTEST: CITY OF » by 
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and through its municipal authorities, 


Mayor 


Recorder 
’ Party of the Second Part 


The Engineer requested authority to purchase the following equipment: 


2 light-type trucks to replace two trucks destroyed by fire at 
Alkali Lake section headquarters. Estimated total cost $2,000; 
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3 new paving plants each of which consists of the following equip- 


ment: 

1 - Paving Plant $12,000.00 $12,000.00 
6 - Hauling Trucks 1,200.00 7,200.00 
2 - Pick-up Cars 600.00 1,200.00 
1 - 6-Ton Roller 4,000.00 4,000.00 
1 - Roller Trailer 2,000.00 2,000.90 
1 - Office Trailer 1,000.00 1,000.00 
1 - 550 Gallon Asphalt Kettle 1,500.00 1,500.00 
1 = 200 Gallon Asphalt Kettle 500.00 500.00 
1 - 100 Gallon Asphalt Kettle 360.00 360.00 
1 - Flush Coat Cart 60.00 60.00 
4 - Rubber Tired Wheelbarrows 15.00 60.00 

Miscellaneous 120.00 


(Miscellaneous equipment consists of 
shovels, rakes, pouring pots, etc.) Total § 
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Estimated total cost of the three units $90,000. 
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hereto attached, certain streets or sections thereof, as indicated 
on the maps, plans and specifications. 


2. The State shall be under no obligation to do any work 
on said streets other than as is specified and set out in the maps, 
plans and specifications which are marked Exhibit A and which exhibit 
is hereto attached and made a part hereof. 


3. Nothing in this agreement shall, nor shall any work done 
on said streets pursuant to this agreement, impose on the State, its 
State Highway Commission or employes any liability or obligation of 
any kind or character other than the duty and obligation to do the 
work specified in said plans and specificetions. 


THINGS TO BE DONE BY THE CITY: 


1. The City shall retain in full its jurisdiction and con- 
trol over and duties with respect to said streets. 


2. The City shall provide, when necessary, any and all 
rights of way needed for the carrying out of the provisions of this 
agreement. 


3. The City shall police said streets to the same extent 
and for like purposes as the City should and would do if this agree- 
ment had never been executed. 


4. The City shall keep the Highway Commission advised of 
any and all apparent defects in said streets so that the same may be 
with all reasonable dispatch and good workmanship remedied. 


5. If any defect occurs in any of said streets which is 
in the nature of an emergency and requires immediate attention, the 
City shall take proper and appropriate measures to safeguard the pub- 
lic, and shall immediately notify the Highway Commission of such con- 
dition. 


GENERAL PROVISIONS: 


1. It is recognized that this agreement is intended to 
represent a cooperative effort on the part of the City and the State 
to meet special and unusual conditions, and, therefore, each party 
to this agreement pledges complete cooperation with the other. 


2. This agreement shall be in full force and effect un- 
til December 31, 1942, and no longer, unless a writing executed by 
these parties extending the life of the agreement is attached hereto. 
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impossible. The company further alleged that because of inclement weather it 
could not successfully operate during the winter season and work was ordered 
shut down during such period, and in view of these conditions, it feels that 
it is entitled to relief from payment of the penalty. The Engineer advised 
that he believes that the contractor's statements are substantially correct 
and in view thereof recommended a 50 per cent reduction in the penalty. The 
Commission approved the recommendation and thereupon signed the voucher cover- 
ing final payment for the work. 


The Engineer reported that in conformance with authority previously 
granted him by the Commission he has awarded the following contracts, the con- 
ditions of the awards having been satisfied: 


Grading, surfacing and bituminous macadam construction on the 
Algoma-Terminal City Section of The Dalles-California Highway, in 
Klamath County. Bids teken June 13, contract awarded August 5, 
1941, to Frank Penepacker and Clifford A. Dunn, low bidders: 


Detroit-South Santiam Junction Rock Production Project on the 

North Santiam Secondary Highway, in Linn and Marion Counties. 

Bids taken July 17, contract awarded July 30, 1941, to A. 0. Ekstrom, 
low bidder. 


The Commission confirmed such awards as reported. 


A letter was presented from Mr. Frank Rada, Mill City, requesting 
permission to construct and maintain a fence across the uncompleted section of 
the North Santiam Highway in Mill City as a temporary proposition until the 
highway improvement is extended along the north side of the Santiam River to- 
ward Mehama. The Engineer advised that this section of road is not used at 
the present time by anyone except Mr. Rada and that the closing of the same 
as a temporary proposition would not inconvenience the public. He recom- 
mended approval of Mr. Rada's request. The Commission approved the recommenda- 
tion subject to the condition that Mr. Rada will remove the barricade when re- 
quested to do so and that the matter is covered by written agreement between 
Mr. Rade and the state. 


The Engineer asked authority for Traffic Engineer John Beakey to at- 
tend at state expense a traffic school in Berkeley, California, August 6 to 
12, 1941. He estimated Mr. Beakey's expense at $80.00. The Commission ap- 
proved the request subject to concurrence by Governor Sprague. 


The Commission discussed its proposed inspection trip into Wallowa 
County and tentatively decided to make such trip some time during the month of 
October. 


The Commission discussed an inquiry from Mr. Charles Reynolds, Presi- 
dent of the Oregon Trail Association, LaGrande, as to whether or not the funds 
that the Commission has authorized for the construction of the new Pendleton 
Airport Road is to be charged against the Eastern Oregon district. The 
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He explained that the Commission's new policy of spending a certain amount of 
money each year for the improvement of city streets that are not on state high- 
way routes, together with the extra expense that is now being incurred for re- 
pairing damage done to the state highways by logging traffic, necessitates the 
additional equipment and in order to have the equipment available for use next 
year, it is necessary to place the order for the same now because deliveries 
are very slow on account of defense orders which have priority. After careful 
consideration of this matter the Commission authorized the purchase of all of 
this equipment, the purchases to be made through the State Purchasing Agent in 
accordance with the usual practice. 


The Engineer then requested authority for Maintenance Enginer J. N. 
Bishop and Master Mechanic Emil Halik to go to Spokane, Washington, at state 
expense to inspect a small paving plant that is owned by the Washington High- 
way Department, it being a new type of equipment that might be used to good 
advantage in this state. The Commission approved the request subject to fur- 
ther approval by Governor Sprague. 
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The Commission deferred action on a letter from Mr. David Eccles, 
State Budget Director, inquiring whether or not it would be possible for the 
State Highway Department to make a topographical survey of Cascade Locks and 
vicinity in view of the possible development of this area for industrial pur- 
poses. 


A letter was presented from Mr. J. D. Shirley, District Director, 
Division of Operations, Work Projects Administration, advising that it is the 
desire of the Work Projects Administration that the more important projects 
carried out under its program be properly marked for permanent identifica- 
tion, particularly referring to the Wolf Creek Highway project and the Wilson 
River Highway project. He suggested three separate schemes for such marking, 
one being a combination sponsor-federal marker; the second consisting of two 
markers, one for the sponsor and one for the federal agency; and the third 
consisting of one marker for the federal agency only. The Engineer recommended 
the third scheme, consisting of one marker for the federal agency. The Commis- 
sion approved the recommendafliew. 
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Reconsideration was given by the Commission to the request of the 
United Contracting Company for relief from payment of the full penalty imposed 
for failure to complete its contract, No. 2340, for the construction of the 
Corvallis-Lincoln School Project on the Pacific Highway West, in Benton County, 
within the specified time limit. The company alleged the following facts in 
support of its request: that bids were first taken for this project on June 
13, 1940, with the completion date set at September 30, 1940; that the High- 
way Commission rejected such bids and readvertised the project for bids to be 
received on July 18, 1940, although the time limit was not extended accord- 
ingly; thet the contract forms were expressed to the company on July 20 and 
were signed and returned by the company on July 22 but a fully executed copy 
of the contract was not delivered to it until August 9, 1940; and that con- 
struction work was started on August 26, 1940, which gave them only a few days i 
over one month within which to complete the contract on time, which was humanly 


eA 4 194T 


of Portland, has expressed a desire to discuss with him the proposed coopera- 
tive arrangement relative to the use of the Port of Portland's dredge in con- 
nection with additional construction on the Columbia Gorge Highway. He said 
that he has not had an opportunity as yet to contact Mr. Nelson but will do 
so as soon as possible and hopes to have a report for the Commission at the 
next meeting. The Commission approved. 


The Engineer brought up for discussion the improvement of the 
Sprague River County Road, in Klemath County, for which the federal govern- 
ment has appropriated $150,000 contingent upon such sum being matched by state 
funds. He gave as his opinion that greater efficiency could be obtained and 
more road actually constructed if the state's share of the work were done by 
contract, provided, of course, the Commission approved an expenditure of 
$150,000 of state money for this purpose or, in lieu thereof, furnished mat- 
erial, equipment and services equivalent in value. If such an arrangement can 
be made, he said, it will necessitate taking over a section of the road as a 
state secondary highway and thereafter maintaining it as such. He suggested 
the section between the town of Sprague River and the junction with the Klamath 
Falls-Lakeview Highway near Beatty, a distance of about ten miles. After dis~ 
cussion the Commission expressed a preference for the contract method of doing 
the work and thereupon approved Chairman Cabell's letter of August 13, 1941, 
directed to Mr. B. G. Courtright, Superintendent, Klamath Indian Agency, out- 
lining the plan in more detail. : 


A letter was presented from the United States Farm Security Adminis- 
tration, Los Angeles, requesting permission to transport one hundred house 
trailers over state highways from the California state line to the army ammuni- 
tions dump near Umatilla, particularly requesting authority to tow two such 
trailers behind one pickup truck so as to expedite the entire movement. The 
Commission deferred a decision in the matter pending a test run to determine 
whether or not the movement would be hazardous to other traffic. The Secretary 
was instructed to arrange for such test run over United State Highway No. 395. 
If the results are satisfactory, then he is authorized to grant a permit for 
the movement of the remaining trailers. 


The Engineer brought up for discussion the matter of improving the 
Union Avenue approach to the Interstate Bridge on the Pacific Highway in Port- 
land and particularly a letter from Mr. Harvey Wells, President of the Hayden 
Island Amusement, who requests such improvement between the Interstate Bridge 
and Oregon Slough Bridge in accordance with previous understanding. The Engi- 
neer advised that Mr. Wells is anxious to proceed with certain development work 
in Jantzen Beach Park which necessitates certain improvements to the highway 
that is estimated to cost about $12,000. He exhibited a map showing the pro- 
posed improvement and recommended that he be authorized to advertise the pro- 
ject for bids to be received as soon as it can be prepared for letting. After 
discussion the Commission approved the plan and authorized the Engineer to ad- 
vertise the project for bids notwithstending that circumstances may arise that 
the award of the contract cannot be made. 


The State Parks Superintendent reported on the following parkmatters: 
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Commission deferred a decision in this matter pending receipt of definite in- 
+ formation with respect to the federal appropriation for access roads. 


The Engineer reported that the communication system for the benefit 

t of log haulers has been installed in the Elkton Tunnel on the Umpqua Highway, 
st in Douglas County, and is ready for operation by flagmen who are to stop other 
x6 traffic in the tunnel while it is being occupied by logging trucks. He recom— 
ac mended that the Commission order the use of these facilities by all loggers de- 
a siring to truck-haul logs through this tunnel and suggested that such operators 
should furnish flagmen at their own expense. The Commission approved the sug- 
’ gestion as to the flagmen and inetructed the Secretary to recommend to the Pub- 

) lic Utilities Commissioner the granting of PUC permits for logging operations 

Ly in this tunnel only in the event that the operators will utilize the communi- 

cation facilities. 


Reconsideration was given by the Commission to the matter of allow- 
ing one-log loads weighing in excess of the statutory weight limits to be 
transported over state highways, which matter was discussed on the previous 
day with a delegation of persons interested in the logging industry. The Engi- 
neer advised that the Washington Highway Department has a rule with respect to 
such operations which might work satisfactorily in the state of Oregon. He was 
instructed by the Commission to secure full information with respect to the 
Washington ruling and to put it into effect in Oregon for a period of 30 days 
as a trial if he considers the ruling reasonable and there are possibilities 
that it will prove a satisfactory solution of the problem in this state. 


Commissioner Oliver brought up for discussion the need for traffic 
scales on the John Day-Burns Highway at Seneca to weigh logging trucks. After 
discussion the Commission approved the installation which was estimated to cost 
about $2,500. The Engineer pointed out the need for scales in other locations. 
The Commission approved the purchase of five additional scales at this time and 
indicated that it would purchase more later on. 


The Engineer submitted a report from Landscape Engineer George Otten 
with respect to construction of an entrance roadway into the property of Mr. 
T. M. Gilchrist near the intersection of the Pacific Highway and the Santiam 
Highway in Albany, involving certain landscaping work. He submitted a plan 
for the proposed improvement and recommended adoption of the same. After dis- 
cussion the Commission approved the recommendation by unanimous vote and in- 
structed the Engineer to submit the plan to Mr. Gilchrist. In the event that 
Mr. Gilchrist will not accept the plan then an attempt is to be made to settle 
with Mr. Gilchrist on a cash besis. If Mr. Gilchrist approves the plan, a writ- 
ten agreement shall be executed setting forth clearly that permission to place 
his gasoline pumps directly on the property line is of limited duration and 
will cease and terminate when the Highway Commission constructs the proposed 
wye connection at which time he will be required to set his curb pumps back in 
such manner as to obviate the necessity of serving traffic on any portion of 
the highway right of way. 
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The Engineer reported that Mr. R. W. Nelson, who represents the Port 
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these sites and cannot recommend any of them. The tract at the 
mouth of Devils Lake, he said, would require an expenditure of ap- 
proximately $30,000 to make the area serviceable and in his esti- 
mation the expenditure is not justified. Furthermore, the Commis- 
sion has previously refused to purchase this property. The area 
at Fogarty Creek, he said, comes within the right of way of the 
proposed highway line change, and the tract at Taft consists of bay 
frontage about 200 feet long and 50 feet deep. The Commission de- 
cided not to acquire any of these tracts. 


Proposed park north of Elgin, Union County:-The Parks Superin- 
tendent presented a resolution from Union County Pomona Grange No. 
6 requesting the establishment of a state park at a place know as 
Rock Wall about five miles north of Elgin. He said that this area 
has been investigated and in his estimation does not meet the state 
parks' qualifications. Furthermore, it would be necessary to con- 
struct five miles of road to provide access to the area. He recom- 
mended that the tract be not acquired. The Commission approved the 
recommendation. 


Archery concession at Silver Creek Falls State Park:-Upon recom- 
mendation of the State Parks Superintendent the Commission denied 
the request of E. J. Callahan and‘R. L. Russell to maintain on arch- 
ery concession at Silver Creek Falls State Park. 


Wayside strips along the Pendleton-John Day Highway:-The Parks 
Superintendent recommended an expenditure of federal aid funds in the 
amount of $15,000 to purchase wayside timber strips along the Pendle- 
ton-John Day Highway between Dale Ranger Station and the junction of 
Camas Creek and the John Day River; further, that he be authorized 
to employ three appraisers to check the purchase price of the prop- 
erty as established by the right of way department and as required 
under the federal aid act. He advised that options have been secured 
from the several owners and that such options expire on December 1, 
1941. He further advised that this project is in his estimation a 
first priority project for federal moneys. After discussion the Com- 
mission instructed the Parks Superintendent to secure an extension 
of time, if possible, on the options because it will take some time 
to secure the government funds. The Commission approved the purchase 
with government funds and also authorized the appraisals as requested. 
The Engineer was instructed to file an application for the federal 
funds as soon as the appraisals are completed. 


Sheep grazing in Humbug Mountain State Park, Curry County:-The 
Parks Superintendent presented forms of agreements with Mr. Ray Fromm 
and Mr. Ace Turner covering the grazing of sheep in this park at a 
price of 20¢ per sheep per year. The Commission considers the price 
too low; however, agreed to grant such grazing privileges if the owners 
of the sheep are willing to pay 50¢ per head yearly for this privilege. 
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Request of Mr. Russell Hubberd to purchase certain state-owned 
property adjacent to the Umpqua Highway at Reedsport:-The Parks Sup- 
erintendent advised that he hes no objection to the sale to Mr. 
Hubbard of certain city lots situate opposite Mr. Hubbard's mill and 
near the point where the highway turns onto Main Street, Reedsport, 
but in his estimation the Commission should not dispose of the other 
tract desired by Mr. Hubbard but should retain the same so as to pre- 
serve the unobstructed view of the Umpqua River. The Commission de- 
ferred a decision pending inspection of the propersy in question. 


Acquisition of Mead property adjacent to the Upper Columbia 
River Highway at Shell Rock Mountain:-The Parks Superintendent ad- 
vised that Mrs. Mead wants $5000 for her land which consists of 112 
acres. He gave as his thoughts, however, that if the Commission pur- 
chased this property it should also acquire certain adjoining prop- 
erty some of which no doubt could be obtained without charge and 
across which a proposed revision of the Columbia River Highway has 
been projected. He further advised that these properties will fit 
in very nicely with the program for the Upper Columbia River parks. 
The Attorney advised that the owmers of this property have another 
buyer for the same so if the Commission wants the property it prob- 
ably will have to act soon. After discussion the Commission ordered 
further investigation and that the owers of the adjoining property 
be contacted relative to the sale of their holdings. 


Proposed crossing of Bonneville Power transmission line over 
Emigrant Park:-The Parks Superintendent advised that the Bonneville 
Power Administration has requested a permit to build its pole line 
over Emigrant Park in the SWZ of the SW of Section 9, Township 1 
North, Range 35 East, W. M., Umatilla County; further that he in- 
vestigated the proposed crossing and found the location to be the 
least harmful in this particular section. He recommended approval 
of the request. The Commission approved the recommendation. 


Addition to state park at The Cove, in Jefferson County:-The 
Parks Superintendent presented an amendment to the cooperative and 
license agreement with the Department of Agriculture covering re- 
creational lands located at The Cove in Jefferson County and pro- 
viding for the lease of an additional 1,980 acres for a period of 
50 years, subject to three 15-year renewals without cost. The Com- 
mission approved the lease. 


Proposed parks in Lincoln County:-The Parks Superintendent 
reported receipt of a petition from the North Lincoln County Cham- 
ber of Commerce urging the Highway Commission to establish three 
state parks as follows: (1) tract at the mouth of Devils Lake be- 
tween the Oregon Coast Highwey and the Pacific Ocean; (2) a three- 
acre tract located adjacent to the Oregon Coast Highway at Fogarty 
Creek; and (3) trect adjoining the Port of Newport Docks at Taft. 
The Parks Superintendent advised that he has investigated all of 
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cause considerable confusion. After discussion the Commission Cecided that 
this is a problem for the City of Pendleton to work out. The Engineer was in- 
structed to inform the city council that the Commission is of the opinion that 
the widening of Court Street is the proper solution but the Commission cannot 
do this without taking away the trees. He was also instructed to ascertain the 
attitude of the city council with respect thereto. 


The Commission discussed the claim of Mrs. Violet Jones for damage 
to her wearing apparel by wet paint. The Attorney explained that Mrs. Jones's 
claim is in the amount of $6.10 and represents expense for cleaning her wear- 
ing apparel which was damaged by paint when she inadvertently leaned against 
the highway department scalehouse on the Pacific Highway near Jantzen Beach 
Park. He questioned the state's liability in the case. The Engineer advised 
that people have formed the habit of waiting at this point for busses, and it 
is quite evident that that is what Mrs. Jones was doing when she came in con- 
tact with the scalehouse which was freshly painted. It was his thought that 
Mrs. Jones should have knowm the condition notwithstanding that there were no 
warning signs in evidence. After discussion the Commission denied the claim; 
however, instructed the Engineer to hereafter maintain warning signs at loca- 
tions where painting operations are underway. 


The Commission discussed the complaint of the Lutz Marble Company, 
Portland, concerning the drainage of the Lower Columbia River Highvay in front 
of their premises at Guild's Lake, Portland. The company alleges that the High- 
way Commission installed a culvert across the highway at this point to care for 
highway drainage and as a result water from the highway flows over their prop- 
erty, seriously damaging the same. Further, that the culvert was installed at 
a location where there has been no natural drainage channel for over twenty 
years and they demand that the culvert be permanently closed, otherwise they 
will take steps as may be necessary to remove the hazard. 


The Engineer advised that the culvert referred to is in a natural 
drainage channel, that it was installed in August of 1940 to replace an old 
wooden culvert that was placed there by Multnomah County years ago, but was 
inadequate to take care of the drainage water, in fact has not been in use for 
a long time and as a consequence, during the rainy season, water overflowed the 
pavement creating a hazard to the traveling public. He further advised that 
when Guild's Lake was filled in by the Port of Portland, a wooden flume was 
constructed to convey surface water across the privately owned land; however, 
the flume has long since rotted and there seemed to be no community drainage 
system to take care of the surface water as was formerly provided by the leke. 
By installing the new culvert, he added, the State Highway Commission is simply 
following the standard policy of conveying water from one side of the highway 
to the other side in natural drainage channels. 


This matter was discussed at considerable length and it appeared to 
the Commission to be a responsibility not of the State Highway Department but 
of the party that sold the land to the Lutz Marble Company. The Engineer and 
the Attorney were instructed to discuss the matter further with Mr. Lutz from 
that standpoint some time during the following week. 
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Parks Superintendent advised that Mr. John Yeon, Portland, owns ap~ 
proximately 12 acres of land at the westerly end of Chapman Point in 
this park and has offered to sell this property to the state for the 
sum of $8,175.37, which he states represents the actual cost of the 
property to him. He also stated that there are several other small 
: tracts at this location which should be acquired in order to fill 
- out the park. The Commission indicated that the price demanded by 
iY Mr. Yeon is satisfactory; however, deferred a definite decision pend- 
; ing further investigation as to the desirability of acquiring the 
property. The Parks Superintendent was instructed to make a survey 
of the entire proposal and present the same to the Commission at a 
future meeting. 


1 Proposed addition to Ecola State Park, in Clatsop County:~-The 
= 
r 
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7 Proposed park on Blacklock-Sandstene property, Curry County:- 

t The Parks Superintendent reported an offer of W. Robert McMurray of 

mM Commonwealth, Inc., to sell to the state for park purposes 1400 acres 
of land with a three-mile frontage on the Pacific Ocean, said prop- 

I erty being situate in northern Curry County three miles west of the 

Oregon Coast Highway. The Commission decided not to purchase this 

| property at the present time. 

> 


Concession at Silver Creek Falls State Park:-The Parks Superin- 
tendent brought up for discussion the matter of the sale of a con- i 
cession in Silver Creek Falls State Park and reported on the procedure 
followed by other governmental agencies with respect to such matters. 
After discussion he was instructed by the Commission to secure pro- 
posals from prospective concessionnaires who are qualified to operate 
this concession and to sutmit the same for the consideration of the 
Commission. 


Proposed use of Flounce Rock State Park by the United States 
Army:-The Parks Superintendent advised that a request has been made 
by the United States Army authorities for permission to conduct a 
recreational retreat in this park for the benefit of army pilovs. 
; He recommended approval of the request if it is presented in formal 
: manner. The Commission approved the recommendation. 


The Engineer reported receipt of two petitions from residents of 
Pendleton, one of which endorses the proposed widening of Southwest Court Avenue 
and the other opposes such widening because of the necessity to remove shade 
trees now growing in the parking areas. He advised that the traffic conditions 
along this street, which is the route of the Old Oregon Trail, are serious and 
: that some means should be taken to alleviate the traffic congestion; further, 
"| that the most feasible and economical way would be to widen Southwest Court 
; Street to a width of from 46 to 48 feet between curbs which would permit paral- 
: lel parking and would provide for three moving lenes of traffic. The only feas- 
ible alternative, he said, would be to make Court Street a one-way street for 
north-bound traffic and to route south-bound traffic along Dorian Avenue, al- | 
though during the time of the Pendleton Round-Up such routing would no doubt 
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Babler Brothers disposing of their claim for extra compensation arising out of 
their contract, No. 2456, with the state, covering repairs to the drawspan 
pier on the bridge over the Willamette River on the Corvallis-East Side Sec- 
ondary Highway, in Corvallis. The Engineer explained that the specirications 
indicated a net quantity of 140 cubic yards of concrete to be placed whereas 
actually there were only 99 cubic yards placed or an underrun of 41 cubic 
yards. He further advised that a corisiderable part of the cost of the pro- 
ject was in the falsework around the piers which cost the contractor distri- 
buted to the concrete yardage in making up his unit bid, and in view thereof 
he has experienced a loss in this item. He estimated such loss at $124.47 and 
recommended payment of such amount to the contractor. The Commission approved 
this settlement and thereupon signed an agreement with Babler Brothers dispos- 
ing of. the claim. 


Ben Titus, Acting Director of the Travel and Information Department, 
was present and reported as follows with respect to the activities of his de- 
partment during 1942. He advised that he discussed with Mr. Merle Chessman, 
Chairman of the Advisory Committee on Publicity Matters, whether or not any 
change should be made in the agency through which the Highway Commission has 
carried on its travel activities in the past, and it was Mr. Chessman's thought 
that the services of the present agency, Botsford, Constantine and Gardner, 
should be retained, and with that thought in mind he communicated with the 
other members of the committee all. of whom, with the exception of Mr. Ball of 
Hood River who could not be reached, agreed that thet was the proper thing to 
do. He read aloud several of the letters. The Commission discussed the matter 
at some length but deferred a definite decision in regard thereto pending con- 

wltation with Governor Sprague. It was decided that Chairman Cabell and Mr. 
Chessman should talk the matter over with the Governor. 

Mr. Titus also mentioned that the Advisory Board has a meeting sched- 
uled for Thursday, September 4, and at that time will listen to any agencies 
who wish to be heard on this subject. The Commission approved the plan. 


Consideration was given by the Commission to the following requests 
for extensions of time within which to complete highway construction projects: 


Frank Penepacker, contract No. 2346, for grading and surfacing 
the Butte Creek-Mayville Road Section of the Kinzua County Road, in 
Wheeler County, requested an extension of time from November 30, 

1940, to July 10, 1941, within which to complete this job. He at- 
tributed his failure to complete the project within the specified 
time limit to adverse weather conditions. The. Engineer advised that 
Mr. Penepacker encountered very bad weather during the late fall and 
early spring which very materially retarded progress of the work. 
However, he might have avoided this delay had he started operations 
within a reasonable length of time after the award of the contract. 

He attributed the overrun in time to Mr. Penepacker's negligence in 
not commencing the work at the proper time. In view thereof he recom 
mended that the extension of time requested be granted but that the 
contractor be required to reimburse the state for all extra engineering 
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The Attorney reported that the federal. government is now taking 
action to condemn a portion of the Columbia River Highway at Tongue Point, 
which portion is needed in connection with the development of Tongue Point 
Naval Base. He inquired as to the wishes of the Commission with respect to 
the formation of defense in such action. He was instructed by the Commis- 
sion to point out that the road in question is the only available road for 
general public use through this particular district and must be replaced, 
otherwise the people of Astoria will be isolated; further, that the Highway 
Commission will expect the government to furnish a substitute road equally as 
good as the present one and pay damages that the state may incur by reason of 
the taking of the present road. 


The Attorney brought up for discussion the matter of acquiring addi- 
tional land as right of way for the proposed improvement of the Oregon Coast 
Highway across the Orris Knapp property at Port Orford. He advised that approx- 
imately eleven acres of land are involved in this transaction and that Mr. Knapp 
originally demanded $100 an acre for the same; however, his attorney, Mr. Collier 
H. Buffington, Gold Beach, now advises that Mr. Knapp will accept $80 per acre. 

He gave as his opinion that the land is not worth more than $75 per acre and 
recommended settlement with Mr. Knapp on such basis. He was authorized by the 
Commission to pay $75 per acre and to raise this offer to $80 per acre if abso- 
lutely necessary. 


The Assistant Attorney presented the question of allowing Grace Bleck- { 
stock to take certain plumbing and other items of salvage from the building 
purchased from her on the Tongue Point Project in Clatsop County, in order to 
close the right of way settlement with her. He stated that in his opinion the 
salvable items in the building would not justify the expense of receiving bids 
and recommended that the owner be allowed to take the items. The Commission 
approved the recommendation. 


The Engineer brought up for discussion the matter of further pur- 
chases of asphalt and road oil from the Casmite Corporation. He explained that 
on July 2, 1941, he directed a letter to the State Purchasing Agent recommend- 
ing the discontinuance of the purchase of asphalt and road oil from this com- 
pany because they contain so much dirt and foreign material which materially 
delays unloading of the cars, causes extra expense due to repair of equipment, 
and creates a hazard to employees by reason of danger of explosion. The offix 
cials of the Casmite Corporation, he said, are very much concerned about this 
recommendation and have agreed, if given enother trial, to furnish asphalt pro- 
ducts that will absolutely meet the specifications and have further agreed to 
reimburse the state for costs due to delays and repairs to damaged equipment. 
Furthermore, they have agreed to indemnify the State of Oregon for any losses 
sustained or injuries to persons. He recommended in view of the company's of- 
fer that it be given another opportunity to deliver materials under specifica- 
tion, particularly in view of the fact that this company was the low bidder in 
the recent taking of bids for the furnishing of such products. After discus- 
sion the Commission approved the recommendation. 


The Commission had under discussion the proposed agreement with 
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that the contract called for the completion of the job by May 15, 
1941, but it was originally extended by the Commission to June 30, 
1941, without penalty, because difficulties were encountered in 
securing certain electrical equipment; further, that the additional 
extension of time is necessary solely on account of nondelivery of 
the electrical equipment which is being furnished by the state. He 
recommended in view thereof that the extension of time requested be 
granted witnout penalty. The Commission approved the recommendation. 


The Engineer reported that Contracts Nos. 2346, 2354, 2410, 2431, and 
2445, for the construction of state highway projects, have been completed ac- 
cording to the reauirements of the contracts or modifications thereof, and that 
said jobs are now ready for acceptance. The following resolution accepting the 
above projects was offered and adopted by the unanimous vote of the Commission: 


WHEREAS, The Engineer has reported that the following 
State Highway Commission contracts for the construction of state 
highway projects have been completed according to the terms and pro- 
visions of the contracts and that said jobs are now ready for accept- 
ance: 


Contract No. 2346, with Frank Penepacker, for grading 
and surfacing the Butte Creek-Mayville Road Section of the 
Kinzua County Road in Wheeler County. Completed July 2, 
1941. 


Contract No. 2354, with Angelo Doveri, for construction 
of the Henley Flume and J.S.R.S. Diversion Canal on the Klam- 
ath Falls-Malin Highway in Klamath County. Completed June 
7, 1941. 


Contract No. 2410, with 0. C. Yocom, for surfacing and 
oiling the Hoffman Bridge-Grants Creek Section of tke Powers 
Secondary Highway in Coos County. Completed July 28, 1942. 


Contract No. 2431, with C. A. Dunn, for grading, sur- 
facing and oiling the Henley Section of the Klamath Falls- 
Malin Highway in Klamath County. Completed July 22, 1941. 


Contract No. 2445, with Norris and Philpott, for con- 
struction of a bridge over Meadowbrook Creek on the Starkey 
Secondary Highway in Union County. Completed July 31, 1941. 


THEREFORE, BE IT RESOLVED, that the work covered by said state 
highway contracts for the construction of said state highway projects 
be declared completed according to the terms of the respective con- 
tracts, and said jobs are hereby accepted and final payment in con- 
nection with each is hereby authorized. 
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expense incurred in connection with the job subsequent to the speci- 
fied date of completion. A letter was presented from the Public 
Roads Administration concurring therein. The Commission approved 
the recommendation. 


Angelo Doveri, contract No. 2354, for construction ef a diver- 
sion canal and the Henley Flume on the Klamath Falls Section of the 
Klamath Falls-Malin Highway, in Klamath County, requested an exten- 
sion of time from March 15 to June 7, 1941, within which to complete 
this job. He attributed his failure to complete the project within 
the specified time limit to the fact that he was required to wait 
for the completion of the diversion canal in order to remove drain- 
age waters. The Engineer advised that the Henley Flume was completed 
during the winter months while there was no water in the flume and 
that part of the job, except for minor finishing work, was done by 
the time the Irrigation District turned the water back into the flume. 
However, the diversion canal carried water all winter, making it im- 
practicable to do any work on that structure during the winter sea- 
son. Water was turned out of the canal, he said, on April 16 and 
the contractor started work on the diversion canal bridge the next 
day; however, he was not well organized and did not finish the job 
until June 7, although one month would have been ample time to have 
completed the work. He recommended in view of the circumstances 
that an extension of time up to May 15, 1941, be granted without q 
penalty but that an additional extension of time to and including 
June 7, 1941, be granted with the understanding that Mr. Doveri will 
reimburse the state for the extra engineering expense incurred sub- 
sequent to May 15, 1941. The Commission approved the recommendation. 


L. B. James, contract No. 2405, for construction of a testing 
laboratory building at the state highway shops in Salem, requested 
an extension of time of 31 days, from July 31 to August 31, 1941, 
within which to complete the project. He attributed his failure to 
complete the project within the specified time limit to difficul- 
ties encountered in securing materials for the work due to the 
government's priority defense orders. The Engineer advised the 
reason given by the contractor for failure to complete the project 
within the specified time limit is correct, that in several in- 
stances it was necessary to make 4 substitution of materials and 
progress on the work was materially delayed thereby. He recommended 
granting the extension of time now requested without penalty. The 
Commission approved the recommendation. 


Dimitre Electric Company, contract No. 2418, for electrical work 
on the Interstate Bridge on the Pacific Highway between Portland, 
Oregon, and Vancouver, Washington, requested an additional extension 
of time from June 30 to August 31, 1941, within which to complete this 
project. They attributed their failure to complete the project with- 
in the specified time limit to nondelivery of some of the electrical 
equipment which was to be furnished by the state. The Engineer advised 
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additional lands for the state park know as The Cove, in Jefferson 
County. 


There being no further business to come before the Commission at 
this time the meeting was adjourned at 5:15 p. m. 
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Portland, Oregon, September 4, 1941 


The State Highway Commission met in regular session at 9:00 a.m. in 
the auditorium of the Public Service Building. Present were: 


Henry F. Cabell, Chairman 

Herman Oliver, Commissioner 

R. H. Baldock, State Highway Engineer 

J. M. Devers, Attorney Ag. 
H. B. Glaisyer, Secretary q] 


Commissioner Clough was excused from attending this meeting. Bt 
Bids as follows for highway construction projects and operation of 


the Enegren Ferry were opened and read in conformance with previously pub- 
lished notice: 
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MCKENZIE HIGHWAY 
BELKNAP SPRINGS-FOURMILE BUTTE ROCK PRODUCTION 


ial eat re act eae 


A. S. Wallace $28,450.00 
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The Commission set Thursday and Friday, October 9 and 10, 1941 as the 
date for its October meeting to receive bids for highway construction work. 
(Later postponed to October 16 and 17, 1941) The Secretary was instructed to 
make the usual arrangements to hold this meeting in the auditorium of the Pub- 
lic Service Building, Portland. 


The Commission considered and signed agreements, et cetera, as fol- 
lows: 


Agreement with the Eugene Power Company covering re-establish- 
ment of its power facilities on account of the proposed reconstruc- 
tion of the Pacific Highway between Eugene and West Springfield. 


Agreement with the City of Portland relative to the Front 
Avenue Project in Portland. 


Agreement with Jack Higgins and wife covering the lease of a 
maintenance headquarters site adjacent to the Tiller-Trail Second- 
ary Highway, in Douglas County. Real property file No. 9642~A. 


Agreement with Babler Brothers disposing of their claim for 
extra compensation arising out of their contract for repairs to the 
bridge over the Willamette River on the Corvallis-East Side Secondary 
Highway, in Corvallis. Contract No. 2456. j 


Agreement with Dee Davis and wife providing for the use of a 
strip of land belonging to the Davises at LaGrande to improve the 
radio facilities at the LaGrande division headquarters. Real prop- 
erty file No. 9584. 


Bargain and sale deed conveying unto Bennett Swanton and wife 
and Robert Swanton three parcels of property lying outside of the 
standard width highway right of way limits in Nasburg Addition to 
Marshfield. Real property files No. R 8061 and R 8087. 


Bargain and sale deed conveying unto Morrison A. Conway one 
acre of land in Washington County. Real property files R 9348 and 
R 9349. 


Bargain and sale deed conveying unto Sunset Fuel Company prop- 
erty lying outside of the standard width highway right of way in 
Lots 1, 2, 3 and 4, Block 8, Southern Portland. Real property files 
R 9388 and R 9389. 


iva be . 
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Bargain and sale deed conveying unto Frank H. Seal and wife 
8922 square feet of land in Lane County. Real property files R 8799 
and R 8800. 


nares costal. 


Amendment to cooperative and license agreement between the { 
United States of America and the State of Oregon providing for 


Evens 
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(Gilliam County Line-Umatilla Rock Production - Cont.) 


Rogers Construction Co. $17,450.00 
R, E. Rush 18,400.00 
R. 0. Dail & Warren Bros. 18,650.00 
Babler Bros, 23,000.00 


PACIFIC HIGHWAY WEST 
MORRISON STREET BRIDGE, PORTLAND - RECONSTRUCTION 


Birkemeier & Saremal $106, 582.00 
Gilpin Construction Co. 108,425.35 
L. H. Hoffman 108,695.00 


SHERARS BRIDGE SECONDARY HIGHWAY 
WEST UNIT OF SHERARS GRADE SECTION - GRADING AND TOPPING 


Norris Bros. $16,245.50 
Leonard & Slate 16,270.00 
Vernie Jarl 18,844.00 
S. S, Montague 26,221.00 


OLD OREGON TRAIL HIGHWAY 
PENDLETON-MEACHAM ROCK PRODUCTION 


A. S. Wallace $17,990.00 
River Bend Sand & Gravel Co. 18,430.00 
R. E. Rush 18,820.00 
Rogers Construction Co. 21,341.00 


WARM SPRINGS HIGHWAY 
WARM SPRINGS RIVER-MILL CREEK SECTION - GRADING 


Max J. Kuney $117,746.00 
G. D. Lyon 138,302.00 
Leonard & Slate 139,148.00 
Sam Orino 144,132.50 
C. J. Eldon 154,697.00 
A. ©. Greenwood Co., Inc 189,722.00 
M. Le O'Neil & Son 226, 256.50 
Nat McDougall Co. 294,376.50 


COOS RIVER SECONDARY HIGHWAY 
FURNISH FERRY SERVICE AT ENEGREN CROSSING OF COOS RIVER 


Andrew Stambuck $1,369.60 per month 
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COLUMBIA RIVER AND MT, HOOD HIGHWAYS 
HOOD RIVER ROCK PRODUCTION 


A. S. Wallace $16,300.00 
lofts & Son 16,677.50 
A. H. Saxton & Sons 20,175,00 
R. E. Rush 21,400.00 
B. C. Hall Co. 23,475.00 
Rogers Construction Co. 25,880.00 


LITTLE BUTTE SECONDARY HIGHWAY 
SALT CREEK-HANLEY RANCH SECTION - SURFACING AND OILING 


Norris Bros. $48,660.00 
J. C. Compton 51,638.00 


THE DALLES-CALIFORNIA HIGHWAY 
MADRAS-JUNIPER BUTTE SECTION - GRADING 


Leonard & Slate $82,423.00 
G. D. Lyon & Co. 83,507.00 
McNutt Bros. 87,388,50 
M. Le O'Neil & Son 91,979.50 
E. Le Rigdon 98,634.50 { 
Jacobsen-Jensen Co. 105,196.50 


KLAMATH FALLS-LAKEVIEW HIGHWAY 
BEATTY-PARADISE CREEK ROCK PRODUCTION 


A. S. Wallace $23,372.50 
Rogers Construction Co. 25,847.50 


SIUSLAW AND ALSEA-DEADWOOD HIGHWAYS 
SWISSHOME ROCK PRODUCTION 


A. S. Wallace $18,358.00 


SILETZ SECONDARY HIGHWAY 
FOREST BOUNDARY-REED CREEK SECTION - GRADING, SURFACING, BITUMINOUS 


MACADAM 
Using As t Using Tar 
C. Je Eldon $135,381.00 $135,337.00 
E. C. Hall Co. 136,571.00 ~ - 


COLUMBIA RIVER HIGHWAY 
GILLIAM COUNTY LINE-UMATILLA ROCK PRODUCTION 


A. S. Wallace $16, 783.50 
A. H. Saxton & Sons 16,800.00 
(Continued on next page) 
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that it is the Commission's policy to reject all bids for any particular proj- 
ect, if they exceed such ten per cent allowance, So unless the Commission 
should modify its present policy at this time, it would have no alternative 
but to reject the bids. He suggested that it might be advisable to raise the 
limit to fifteen per cent, in view of the fact that costs are rising, and un- 
der present conditions it is difficult to correctly estimate the cost of a 
job. The Commission deferred a decision in the matter until its afternoon 
session, (See ahead for final decision.) 


The Commission conferred with W. H. Lynch, District Engineer, Pub- of 
lic Roads Administration, and R. F. Griefe, Assistant Regional Engineer of ; 
the United States Forest Service, relative to the programming of the fiscal 
year 1942 forest highway funds. Also present and entering into the discus- 
sion were Messrs. H. D. Farmer, T. M. Davis, and F. E. Andrews, Senior High- 
way Engineers of the Public Roads Administration. Mr. Lynch advised that the 
fiscal year 1942 federal authorization for forest road construction totals 
$947,711, of which amount $60,711 is the estimated requirement for adminis- 
tration and equipment, leaving available for construction projects the sum of 
$887,000. After full discussion of this matter, and careful consideration of 
the eligible projects submitted by Mr. Lynch and the State Highway Engineer, 
it was mutually agreed to provide 4 program at this time for only $510,000 of “I. 
the amount available. Such action was taken in order to reserve freedom of 
action with respect to the programming of the balance in the event that condi- 
tions should change which might make alterations in the program desirable, 
when the appropriations are made available. The following projects were se- 
lected for the present partial program by unanimous consent: Santiam Highway, 
12.2 miles surfacing and bituminous macadan, estimated cost $160,000; John 
Day Highway, 8.9 miles surfacing and bituminous macadam, estimated cost 
$190,000; Warm Springs Highway, 7 miles grading, estimated cost $160,000. 

The following letter, recommending such partial program to the Chief of the 
Forest Service and the Commissioner of Public Roads Administration, Washing- 
ton, D. C., was approved and signed on the following day: Aa) 


At a conference attended by representatives of the Oregon 
State Highway Commission, the Forest Service, and the Public 
Roads Administration, it has been agreed to recomnend the fol- 
lowing partial Forest Highway Program for the State of Oregon 
for the fiscal year 1942: 


Funds available (fiscal year 1942 authorization) j947,711 
4 
% . 
Less Administration and Equipment 60,711 * i 
Available for Program $887,000 } 


vAdministrative set-ups already made from F. Y. 1941 funds for 
F. ¥. 1942 expenditure bring the total to the usual 10%. 


rcpt asian n vo RE Re sv Me SY 


OF ep 


Pee 


gt EOE 


1057 


Chairman Cabell brought up for discussion matters pertaining to a 
proposed industrial site adjacent to the Columbia River Highway at Troutdale. 
He advised that he has received information to the effect that the government 
is to select this site for a large aluminum plant rather than the site at Cas- 
cade Locks, and the people concerned have requested the construction of the 
new Columbia Gorge Highway, includjng a bridge over the Sandy River, at this 
time before the aluminum plant is built. The Engineer gave as his thought 
that in view of the circumstances, it would be advisable to do at least a por 
tion of the highway work at this time if money can be found to finance it. He 
pointed out that there are no funds immediately available unless the Commission 
would consider the transfer of funds that have already been set up for some 
other work, The Commission deferred action on the matter pending investigation 
by the Engineer to determine the costs involved. 


lr. L. G. Devaney, Director of Aeronautics and representative of the 
Civil Aeronautics Board, came before the Commission relative to the construc- 
tion of an emergency aircraft landing field near the junction of the North and 
South Santiam Highways. He asked the Commission to cooperate with the Civil 
Aeronautics Board in this undertaking, in accordance with authority granted by 
the 1941 Legislature. The Engineer read aloud the provisions of Chapter 54, 
Oregon Laws 1941, covering the matter, and particularly pointed out the provi- 
sions thereof which authorize the State Highway Commission to make surveys of 
proposed sites and to otherwise cooperate in such projects, the cost and ex- 
pense thereof to be an obligation of the Aeronautics Board. He also pointed 
out that the land for the proposed site is under the control of the United 
States Forest Service, and it will be necessary first for the Board of Aero- 
nautics to secure permission from that department to use the land for the pur- 
pose intended. Mr. Devaney agreed to do that. Mr. Devaney asked the Commis- 
sion to authorize preliminary surveys as may be necessary for the project, and 
offered in behalf of the Board of Aeronautics to pay one half of the cost of 
such surveys. He stated also that the Board of Aeronautics would pay the en- 
tire cost of engineering work and supervision as may be required during the 
course of construction. In the discussion of this matter, the question arose 
whether or not an expenditure of state funds involved would be considered by 
the Public Roads Administration as a diversion of funds; also, whether or not 
the Highway Commission has legal authority to expend state funds for the pur- 
pose. lir. W. H. Lynch, District Engineer, Public Roads Administration, who 
was present, advised that his department would not consider such expenditure a 
diversion of funds. The Commission's Attorney advised that the Commission has 
legal authority to cooperate in the project if it so desires, After discus- 
sion the Commission approved the making of surveys and other engineering work 
on the basis of Mr. Devaney's offer. 


Mr. R. W. Williams, Vice-president of the Werner Timber Company, 

came before the Commission in regard to the award of the contract for the For- 
est Boundary-Reed Creek Section of the Siletz Secondary, in Lincoln County, 
bids for which were received at this letting. He inquired whether or not the 
Comaission received a satisfactory bid, and deposited with the Commission the 
company's check for $5,000, in accordance with previous understanding. The En- 
gineer advised that the amount of the low bid received for this work is more 
than ten per cent in excess of the estimated cost of the job. He explained 


Commission, wished to reserve freedom of action in respect thereto 
in the event that conditions should change which might make shifts 
in the program desirable by the time the appropriations are made 
available. A supplemental program allocating the balance of the 
funds will be recommended later when the factors affecting the 
situation are more definitely known. 


The County Court of Morrow County, represented by County Judge Bert 
Johnson and County Commissioners George N. Peck and L. D. Neill, and County 
Engineer Harry Tamblyn, was present and asked for the surfacing of the Board- 
man-Stanfield Highway, particularly the oiling this year of the section be- 
tween Boardman and the Umatilla County line so that this section can be used 
the coming winter. Judge Johnson explained that the army ammunitions dump, 
now under construction, is located at the county line, and the most conveni- 
ent entrance to the site is from the Boardman-Stanfield Highway, at the county 
line between Morrow and Umatilla Counties, and if this section is oiled it 
will be of great benefit to the government's operations at the dump, in that 
it will expedite the hauling of materials needed therefor, and will also be 
of great benefit to the people of Boardman and vicinity who are employed at 
the dump and travel this road daily. The Engineer estimated the cost of the 
project at $250,000 and advised that in order to do a good job, it will be 
necessary to provide a leveling course of gravel upon which to construct the 
finished surface of penetration type macadam. The oiling work, he explained, 
should be done at the same time that the graveling is done in order to secure 
a good job, but the Highway Commission is without funds at the present time 
to finance the work, in view of the fact that Congrees failed to pass over 
the President's veto the appropriation bill which would have provided the 
moneys that the Commission wanted to use for this work. Chairman Cabell ad- 
vised that the Commission is ready to proceed with the surfacing work es soon 
as it knows where the money is coming from to finance it and the Commission 
concurs in the opinion of the Engineer that the surfacing and oiling work 
should be done at the same time. This concluded the discussion of this proj- 
ect. 


Judge Johnson then asked the Commission for improvements to the 
Heppner~Spray Secondary Highway, particularly the Hardman Hill Section and 
the section between Hardman and Rock Creek. County Engineer Tamblyn advised 
that the Hardman grade improvement is four miles in length and involves re- 
alignment. As to the Hardman-Rock Creek Section, he said that the first six 
miles to the mouth of Chapman Creek has already been graded and surfaced to 
proper standards but is in very poor condition. He said that the county would 
like to have this section oiled and the four-mile section between Chapman 
Creek and Rock Creek graded, surfaced and oiled, but beyond Rock Creek it is 
not so important. The State Highway Engineer estimated the cost of the entire 
improvement at $130,000, The county court was informed by Chairman Cabell 
that the Commission is not in position to make any definite commitment at this 
time but their project will be kept in mind. He explained the difficulties in 
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RECOMMENDED PROGRAM, MAJOR PROJECTS 
Approx. Funds Programmed 


Project No. Pro ject Length Forest Highway Remarks 

: SN 23-G5,13,13 Santiam Hwy. 12.2 mi. $160,000 Surf.& Bit. 

i Surf. & Bit, Surf. Surf. planned 

: on sections 

: H& I, bit. 
if surf.only on 

: section G. 

: 36-A2 John Day Hwy. 8.9 mi. 190,000 


Surf.& Bit.Surf. 


SN 42-Al Warm Springs Hwy. 7.0 mi. 160,000 | 
Grading | 
i 

: Unprogrammed 377,000 

$287, 000 


Santiam ., Surf. & Bit. Surf., Proj. SN 23-G5,1B, 13, 12.2 miles 


Funds recomnended for this project contemplate the surfacing with 

crushed rock or crushed gravel over a 7.8 mile section between the 

junction with the North Santiam Highway and the end of the surfacing F 
improvement financed with fiscal year 1941 funds. There will also 

be included the bituminous surfacing of the above-mentioned section 

as well as a 4.4 mile section of previously surfaced road extending 

from the junction to Hogg Rock, making 4 total length of 12.2 miles. 


pecniaiice , . 


John Day Hwy., Surf. & Bit. Surf., Project 36-A2, 8.9 miles 


It is planned under the funds herein recommended to place a crushed 
rock or crushed gravel surfacing and a bituminous surfacing on the 
section of road graded with fiscal year 1941 funds as well as on a 
short adjacent section which has been graded with Federal Aid funds. 
The recommended improvement will complete the surfacing of the For- 
est Highway Route as other portions have been resurfaced under earli- 
er programs financed from Federal Aid and other funds, and will make 
usable the section graded this season. 


Warn Springs Hwy., Grading, Project SN 42-Al, 7.0 miles 


Funds proposed for this project will finance the grading of the sec- 
tion which was cleared with fiscal year 1941 funds and will make us- 
able a very considerable investment already made in the route east of 
the national forest boundary which has been financed from Federal Aid 
and Public lands funds. 


Unprogrammed Funds 


No program is recomaended at this time for the balance of the funds 
as all parties at the conference, but particularly the State Highway 


Ay 


that the parking of cars be prohibited on Court Street, which, in his opinion, 
would not solve the problem. After discussion, and in view of the conflicting 
opinion of the local residents, the Commission decided not to program this im- 
provement at the present time, but to let the city try out the nonparking ar- 

rangement if it wants to. 


A letter was presented from E. D. Myers, Scio, in which the Commis- 
sion was urged to complete the oiling of the Albany-Lyons Secondary State 
Highway, from South Scio to what is known as the Elliott Place, a distance of 
about ai miles, which would provide an oiled road throughout its entire length 
between Scio and Lebanon and points east of Scio. The Engineer advised that 
this is a meritorious project, and suggested that it be given consideration 
in the formulation of the 1942 program. The Commission approved the sugges- 
tion and instructed the Secretary to so inform ir. Myers. 


A letter was presented from Labor Union Representatives of Hermiston 


requesting improvement of the county road which extends from Hermiston to the (4 


Army Ordnance Depot about seven miles westerly thereof. They explained that 
this road was programmed for improvement as a W.P.A. project, that bids were 
received for construction of the same, but were rejected as being too high, 
and that it is expected that new bids will be taken on September 1. They 
would like the Highway Commission to assume the responsibility for the in- 
provement in the event that unsatisfactory bids are received at that time. 
The Engineer advised that this project is not an obligation of the state, in- 
asmuch as the road referred to is a county road. The Commission deferred a 
decision in the matter, pending information from the W.P.A. whether or not a 
satisfactory bid was received as a result of the bidding on September 1. (The 
Engineer reported later in the session that he contacted the W.P.A. office 
and ascertained that a satisfactory bid was received, and that it is the in- 
tention of the W.P.A. to award the contract. In view of this report, the 
Commission considered the matter satisfactorily disposed of.) 


The Engineer reported that the construction budget contains an item fa] 
of $20,000 for the improvement of the Midland Secondary State Highway, in ® 
Klamath County. However, recent investigations reveal that such amount is - 
insufficient to do a worth-while job. He reconnended increasin, the budgeted } 
amount to $45,000, which is the smallest project that. it would be economically P| 


feasible to construct. The Commission approved such increase. 


The matter of providing cabins for the use of employees at the San- 
tiam Junction maintenance patrol station had the attention of the Commission. 
The Engineer advised that, according to the original plan for this mainten- 
ance station, it was intended to employ only unmarried men, and provision was 
made in the design of the main building to house these men. However, due to 
the selective draft, it is practically impossible to find men who do not have 
families, so it is necessary to provide extra housing facilities. He recon- 
mended the construction of two-cabin units at an estimated cost of $3,700 each, 
including sewer and water lines. The Commission approved the recommendation, 


clita Peta Ae 


RO 


OO NEERE 1) 


et 


securing bids for projects in this class due to the uncertainties of the time. 
He questioned that the Commission would secure any bids for the work even if 
the project were advertised. He inquired whether or not this project is the 
county's first choice of projects for moneys that the Commission may have 
available for expenditure in Morrow County, and was informed by the county 
court that this project should have priority over others. 


The County Court of Sherman County, represented by County Judge 
George A. Potter and County Commissioner David Reid, was present and requested 
the improvement of the Sherman Highway at the undercrossing of the Union Paci- 
fic railroad, about two and one-half miles south of Moro, They asked for the 
straightening of the highway at this point and the remodeling of the underpass 
as a safety measure, in view of the many accidents that occur at this place. 
Judge Potter gave as his understanding that it is the plan of the United States 
Army to move troops over this highway, and if such is the case this improvement 
would be especially desirable. The Engineer advised that this project has 
been considered in the formulation of programs for some time, but has not been 
approved because it is quite low in the priority setup. 


Judge Potter also inquired as to the Commission's plans for the con- 
struction of a bridge across the Columbia River at Biggs. He was informed by 
Chairman Cabell that the Commission has no plans as yet for such work, that it 
is a big problem, and the Comission is now making investigations with respect 
to this site along with others between the Washington state line and the mouth 
of the Columbia River. 


The County Court of Lane County, represented by County Commissioner 
W. J. Holland, and County Engineer P. M. Morse, discussed with the Commission 
the matter of improvement of the Eugene-Swisshome Secondary State Highway 
(Route F Highway) between Eugene and Veneta, particularly a 1}-mile section 
thereof at the railroad crossing near Veneta, Mr. Morse recalled that the 
Commission received bids for this project at its meeting on August 14, but 
rejected them as being too high. He urged the Commission to readvertise the 
project for bids to be received at its November meeting because they want to 
make certain that the project is done during the 1942 construction seasons 
The State Highway Engineer was instructed by the Commission to readvertise 
this project as soon as possible. 


The Commission discussed the matter of widening Court Street in 
Pendleton, particularly a petition from residents and property owners of 
Pendleton urging that immediate steps be taken to widen this street westerly 
from Main Street as far as is necessary to eliminate the cause of traffic con- 
gestion and hazards incident thereto. The Engineer advised that investigation 
has been made, and it has been found that the street could be widened to pro- 
vide three lanes for moving traffic and two lanes for parking purposes, at 
reasonable cost; however, this would involve the removing of trees al.ong this 
thoroughfare, to which some of the property owners object. He suggested that 
there are two ways in which this project can go forward, one is under she or- 
iginal plan involving the removal of the trees and the other is to provide two 
one-way streets, one for north-bound traffic and the other for south-bound 
traffic. He also said the suggestion has come from the Pendleton City Council 
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maintain the road in a passable condition, and to readvertise the project for 
bids to be received at the November meeting of the Commission. 


The Commission then discussed the advisability of modifying its 
policy with respect to the award of contracts, when the low bid exceeds the 
estimated cost of the work by more than ten per cent. The Commission de- 
cided to adhere strictly to its present policy in this regard the first time 
a project is advertised. If more than one bid is received on a project as a 
result of advertising the same a second time, the Commission will either re- 
ject all bids or award the contract to the low bidder, if the amount of such 
low bid does not exceed the estimated cost of the project by more than fifteen 
per cent. In the event only one bid is received as a result of advertising 
the project the second time, the Commission will either reject the bid or 
award the contract to the bidder, if his bid does not exceed the estimated 
cost of the project by more than ten per cent. The Commission ordered that 
such policy be followed hereafter until changed by order of the Commission. 


Mr. C. A. Beattie, representative of the Bethlehem Steel Company, 
Portland, came before the Commission in regard to the hauling of piling, in- 
volving overall lengths of 135 feet, over the Territorial Secondary State 
Highway and the Pacific Highway, from Lorane to Anlauf, He explained that 
J. H. Baxter and Company have a contract with the Bethlehem Shipbuilding 
Corporation to furnish a quantity of piling, which is to be used in connec- 
tion with the construction of destroyers and cruisers for the United States 
Navy at its San Francisco shipbuilding plant, and that the timbers for this 
piling were purchased from the Puget Timber Company of Oregon and are to be 
delivered to the railroad line for shipment by E. G. Whipple, Drain, Oregon. 
These timbers, he said, are being secured in the Lorane district west of 
Eugene, and the railroad loading point is at Anlauf, requiring them to be 
transported over the highways above mentioned. He further advised that ifr. 
Whipple's request for a permit to haul the piling over said highways has been 
denied because it is not possible to transport them without crossing over the 
center line of the highway. He urged the Commission to authorize the move- 
ments in order to facilitate the federal government's defense program. After 
discussion the Commission approved the request subject to conditions and re- 
quirements to be designated by the Engineer. The Engineer was instructed to 
arrange for a test run of one load of piling, which shall be accompanied by 
a state police officer as well as a representative of the state highway de- 
partment. The purpose of this test run is to ascertain just what must be 
done in order to properly protect and safeguard general highway traffic. 


The Engineer reported that construction work on the new section of 
the Wolf Creek Highway between Sunset Camp and Davies has progressed so far 
that it will be possible to open this section for general public use on Sat- 
urday, September 6, 1941. He recommended the opening of the highway for such 
use at noon, Saturday, September 6, and that announcement be made to that 
effect to the press and to the Oregon Motor Association. The Commission ap- 
proved the recommendation. 


The Commission discussed the bid received from Mr. Andrew Stambuck 
at the morning session, for the operation of the Enegren Ferry across Coos 
River on the Coos River Secondary Highway, Coos County. The Engineer advised 
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in view of the circumstances, and authorized the Engineer to advertise the 
project for bids to be received as soon as plans can be prepared. 


The Commission discussed the proposed agreement with the University 
of Oregon, concerning the proposed reconstruction of the Pacific Highway be- 
tween Eugene and West Springfield. The matter was discussed at considerable 
length, and the detailed provisions were explained thoroughly by the Engineer 
and the Attorney from the engineering and legal standpoints. The Commission 
approved the arrangements provided therein, The agreement was thereupon signed. 
(See copy of agreement for details.) 


ur. Harvey Wells, Portland, was present and discussed briefly with 
the Commission the matter of protecting the Oregon approach to the Interstate 
Bridge from sabotage. He said that while the Jantzen Beach Resort was in op- 
eration there was not much chance of sabotage, because so many people were 
around at all times during the day and night; however, the resort is closing 
down soon, and such protection will not be afforded, and anyone desiring to 
destroy the bridge approach would have no difficulty in doing so. He suggest- 
ed the employment of a watchman at this place as a protective measure. The 
Commission thanked Mr. Wells for his suggestion and instructed the Engineer 
to Fave the sectionman inspect the premises frequently. 


The Coumission adjourned at 12:00 noon and reconvened at 2:00 p. m 
in the same room with the same persons present and participating. 
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Mr. R. W. Williams of the Werner Timber Company reappeared before 
the Commission in regard to the award of the contract for grading, surfacing 
and bituminous macadam on the Forest Boundary-Reed Creek Section of the Siletz 
Secondary Highway, in Lincoln County. It was again pointed out by the Engi- 
neer that the low bid received for this work at the morning session is more 
than ten per cent in excess of the estimated cost of the project. The Commis- 
sion discussed the advisability of awarding the contract to the low bidder, 
notwithstanding the excessive bid, and decided to reject the bids and to read- 
vertise the project. Mr. Williams's check for $5,000 was thereupon returned 
to hin. 


od 


Mr. Williams inquired if the state will furnish 3,500 cubic yards 
of maintenance rock, if his company will agree to place this rock on the high- 
way and maintain the highway. The Commission considered it the responsibility 
of the State Highway Department to maintain roads that belong to the state. 

r Chairman Cabell inquired whether or not the Werner Timber Company is willing 

_— to renew its offer to pay $5,000 toward the cost of the work, if the project 
‘i is readvertised and a satisfactory bid is received. Mr. Williams replied that 
3 the company would renew this offer until the November meeting of the Commis- 

sion, but would expect to receive credit for any amount that the company might 

spend by way of maintenance of the road in the meantime, and that he would 

write the Commission to that effect. After further discussion the Commission 

authorized and instructed the Engineer to provide maintenance rock as may be 


whe Cain 3 


<teahare 


necessary to keep the road in good condition until such time as the contract 
for the improvement of the road has been awarded. He was also instructed to 
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Roseburg, submitted the only bid for this project, in the amount of 
$28,450.00. The Commission rejects this bid. 


"Hood River Rock Production Project on the Columbia River and 
Mt. Hood Highways, in Hood River and Wasco Counties. A. S. Wallace, 
Roseburg, submitted the low bid for this work, in the amount of 
$16,300.00, Lofts & Son, Hood River, submitted the second-low bid, 
in the amount of $16,677.50. There were four higher bids. The Com- 
mission awards this contract to A. S. Wallace, at his low bid of 
$16,300.00. 


"Salt Creek-Hanley Ranch Section of the Little Butte Secondary 
Highway, in Jackson County. 4.07 miles surfacing and oiling. Norris 
Bros., Seattle, Washington, submitted the low bid for this project, 
in the amount of $48,660.00. J. C. Compton, McMinnville, submitted 
the next-low bid, in the amount of $51,638.00. There were no other 
bidders. The Commission refers both bids received for this project 
to the Engineer with power to award the contract to the low bidder 
when certain conditions have been satisfied, 


"\Madras—Juniper “utte Section of The Dalles-California Highway, 
in Jefferson County. 10.40 miles grading. Leonard & Slate, Multno- 
mah, submitted the low bid for this work, in the amount of $82, 423.00. 
G. D. Lyon & Co., Spokane, Washington, submitted the second-low bid, 
in the amount of $83,507.00. There were four higher bidders. The 
Commission refers all bids received for this project to the Engineer 
with power to award the contract to the low bidder when certain con- 
ditions have been satisfied. 


"Beatty-Paradise Creek Rock Production Project on the Klamath 
Falls-Lakeview Highway, in Klamath County. A. S. Wallace, Roseburg, 
submitted the low bid for this work, in the amount of $23,372.50. 
Rogers Construction Co., Dayton, Washington, submitted the only 
other bid for the project, in the amount of $25,847.50. The Comnis- 
sion awards this contract to A. S. Wallace, at his low bid of 
$23,372.50. 


"Swisshome Rock Production Project on the Siuslaw and Alsea- 
Deadwood Highways, in Lane County. A. S, Wallace, Roseburg, sub- 
mitted the only bid for this project, in the amount of $18,358.00. 
The Commission refers this bid to the Engineer with power to award 
the contract to A. S. Wallace when certain conditions have been ful- 
filled. 


"Forest Boundary-Reed Creek Section of the Siletz Secondary 
Highway, in Lincoln County. 3.5 miles grading, surfacing and bitu- 
minous macadam. C. J. Eldon, Portland, submitted the low bid for 
this work, in the amount of $135,337.00, based on the use of tar. 
He also submitted a bid of $135,381.00, based on the use of asphalt. 
E. C. Hall Co., Eugene, submitted the only other bid for this proj- 
ect, in the amount of $136,571.00, based on the use of asphalt. He 
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that loading on the ferry, under the present contract, is limited to ten tons, 
out that provision was made in the new specification for fifteen-ton loads, 
and on that basis Mr. Stambuck is asking $500 per month more than the state is 
paying him under the old contract for the same service. He advised that the 
present contract contains provision for renewal on the same basis if the Com- 
mission so desires. He also pointed out that the only request received for 
the increased loading is from the operator of a small sawmill on Upper Coos 
River, who hauls lumber into Coquille, and who alleges that he cannot do this 
with profit unless the load limit is raised to fifteen tons. The Commission 
considered that an additional $500 per month is an excessive amount to pay 
for the operation of the ferry for the benefit of one small operator, and ac- 
cordingly rejected the bid. However, the Engineer was instructed to negotiate 
with Mr. Stambuck for the renewal of the present contract on both ten- and 
fifteen—ton load basis. 


The Commission discussed the proposed agreement with the University 
of Oregon and the Eugene Power Company, relative to the reconstruction of the 
Pacific Highway between Eugene and West Springfield. In this connection the 
Attorney pointed out that the land that the state is purchasing as right of 
way for the relocated Southern Pacific railway tracks is being deeded to the 
railroad company by warranty deed, and it is his understanding that the rail- 
road company is arranging to convey to the state the old railroad right of way 
by similar deed, although he has not as yet received definite information as 
to whether or not that could be accomplished, but he expects to receive such 
information on the following day. After discussion the Commission signed the 
agreements, but ordered that all copies thereof be retained until the right 
of way with the Southern Pacific Company has been satisfactorily disposed of 
and until the Commission releases them. 


Mr. M. L. Hallmark, attorney, Roseburg, came before the Commission 
and requested in behalf of certain Douglas and Coos County log-hauling oper- 
ators the privilege of truck-hauling logs over state highways during Saturday 
afternoons and Sundays for the next sixty days. He explained that these log 
haulers have contracts to supply logs to the Smith Wood—Products Company at 
Coquille, but have not been able to deliver them up to expectations due to ad- 
verse weather conditions, and the mill now has in its pond a supply for only 
three-weeks' operation, He further advised that one of the log haulers has 
5,500,000 feet of timber cold decked in the woods, and two others each have 
4,000,000 feet cold decked in the woods which must be moved as rapidly as 
possible when weather will permit. He declared this to be an emergency situ- 
ation, and urged the Commission to give favorable consideration to the request. 
The matter was discussed at some length, but a definite decision thereon by 
the Commission was deferred until later in the session. (See record of action 
on following day.) 


At 3:00 p. m. Chairman Cabell announced the awards of contracts as 
follows for which bids were opened and read at the morning session, such awards 
having previously been approved by the Commission by unanimous vote: 


"Belknap Springs-Fourmile Butte Rock Production Project on the 
the McKenzie Highway, in Deschutes and Lane Counties. A. S. Wallace, 
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Mr. C. A. Hart, of the firm of Carey, Hart, Spencer & McCulloch, 
legal counsels for the Oregon Electric Company, and Mr. A. J. Witchell, 
chief engineer of such company, came before the Commission in regard to 
the installation of a railroad crossing signal on the Tualatin Valley High- 
way at Beaverton. Mr. Hart was spokesman. He said that he appreciates the 
fact that the federal funds that were provided for projects of this kind have 
been programmed; however, a very serious condition exists at this crossing 
which, in his estimation, amply justifies an expenditure of state money to 
pay for a signal installation. He said that until railroad service along 
Front Avenue in Portland was discontinued the situation at the Beaverton 
crossing was not so bad; however, railroad traffic at this crossing has been 
doubled since then, due solely to the Front Avenue Project, creating a very 
hazardous condition, which will increase with the increase in volume of high- 
way beach travel. He declared that the expense of the installation should be 
paid with public funds, because the railroad company was in no way responsible 
for the condition, The State Highway Engineer estimated the cost of the in- 
stallation at approximately $2,500 or $3,000. The Commission agreed to con- 
sider the railroad company's request, and to let Mr. Hart know its decision 
on the following day. (See record of Commission's action on following day.) 

Mr. Dow Walker, representing the C. D. Johnson Lumber Company, 
Toledo, and Mr. G. K. Litchfield, Newport City Attorney, came before the Com- 
mission and asked for the improvement of the city street which extends from 
the Oregon Coast Highway, in Newport, to the Newport docks, and for the inm- 
provement of the Bay Front road to a certain log dump. Mr. Walker advised 
that considerable log hauling is being carried on over this city street, which 
was not constructed to carry such heavy traffic, and as a consequence the 
street has gone to pieces; in fact the city council recently adopted an 
ordinance prohibiting log hauling on this street. He further advised that 
logs are being dumped into the bay at this point, and are then moved to the 
C. D. Johnson Lumber Company's mill at Toledo. He pointed out that this 
street is the only one available over which to transport logs to the bay, and 
urged the Commission to repair it and maintain it in good condition. Mr. 
Litchfield declared that a real emergency exists; that the street is in very 
bad condition; and the City of Newport has neither money nor facilities to 
effect its repair. He said that the city council was reluctant to prohibit 
the use of the street by log haulers, but was forced to do so in order to pre- 
serve the street for the use of other traffic and to avoid the occurrence of 
accidents. The State Highway Engineer suggested that the Commission should 
do something in Newport to correct this situation, and recommended an expendi- 
ture of state funds for the purpose on the same basis that the Highway Depart- 
ment is maintaining city streets in Albany and Canby. After discussion, the 
Commission instructed the Engineer to make an investigation of the conditions, 
and authorized him to proceed with repair work as may be necessary in the 
event he considers that a real emergency exists. 


A delegation from Gold Beach, consisting of County Judge A. H. 
Boice, Representative Roy E. Carter, and Jay Moltzner, Attorney, representing 
the Chamber of Commerce was present. Judge Boice stated that when the Gold 
Beach delegation appeared before the Commission some time ago, and urged the 
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tr did not submit a bid based on the use of tar. The Commission rejects 
| the bids received for this project. 


"Gilliam County Line-Umatilla Rock Production Project on the 
Columbia River Highway, in Morrow and Umatilla Counties. A. S. Wal- 
ts lace, Roseburg, submitted the low bid for this project, in the amount 
| of $16,783.50. A. H. Saxton & Sons, Corvallis, submitted the next- 
+ low bid, in the amount of $16,800.00. There were four higher bidders. 
: The Commission awards this contract to A. S. Wallace at his low bid 
5 of $16,783.50. 


r "Morrison Street Bridge on the Pacific Highway West, in Multno- 
mah County. Reconstruct westerly steel truss of existing Morrison 
Street Bridge, construct two reinforced concrete approach spans, ped- 
estrian subway, and miscellaneous retaining walls. Birkemeier & 
Saremal, Portland, submitted the low bid for this work in the amount 
of $106,582.00, Gilpin Construction Co., Portland, submitted the 
second-low bid, in the amount of $108,425.35. There was one highe 
bidder. The Commission awards this contract to Birkemeier & Saremal 
at their low bid of $106,582.00. 


"West Unit of Sherars Grade Section of Sherars Bridge Secondary 

Highway, in Sherman County. 1.61 miles grading and topping. Norris 

Bros., Seattle, Washington, submitted the low bid for this work, in 
the amount of $16,245.50. Leonard & Slate, Multnomah, were next low, 
with their bid of $16,270.00. There were two higher bidders. The 
Commission refers all bids received for this project to the Engineer 
with power to award the contract to the low bidder when certain condi- 
tions have been satisfied. 


"Pendleton-Meacham Rock Production Project on the Old Oregon 
Trail Highway, in Umatilla County. A. S. Wallace, Roseburg, submit- 
ted the low bid for this project, in the amount of $17,990.00. Riv- 
er Bend Sand & Gravel Co., Pendleton, submitted the next-low bid, in 
the amount of $18,430.00. There were two higher bidders. The Com- 
mission refers all bids received for this work to the Engineer with 
power to award the contract to the low bidder when certain conditions 
have been satisfied. 
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if "Warm Springs River-Mill Creek Section of the Warm Springs High- 
= way, in Wasco County. 6.91 miles grading. Max. J. Kuney, Spokane, 


= 

. Washington, submitted the low bid for this project, in the amount of 
te $117,746.00. G. D. Lyon, Spokane, Washington, submitted the next-low 
‘3 bid, in the amount of $138,802.00, There were seven higher bidders. 
if The Commission refers all bids received for the project to the Engi- 


neer with power to award the contract to the low bidder when certain 
conditions have been fulfilled. 


"Purnish ferry service at Enegren Crossing of the Coos River on ( 
the Coos River Secondary Highway, in Coos County. Andrew Stambuck, 
Marshfield, submitted the only bid, in the amount of $1,369.60 per 
month. The Commission rejects this bid. 


LO584 


the highway improvement should be definitely settled before work is commenced 
on the cantonment project. They were informed by Chairman Cabell that the 
Commission plans to advertise this project for bids about the first of the 
corning year, if federal funds are available to finance it; however, Congress 
failed to pass the bill that would have provided funds for projects of this 
kind, and the Commission has been in somewhat of a quandary as to what to do. 
He gave as his thought that the work should go forward, notwithstanding that 
it might be necessary to finance it with state funds. Commissioner Oliver 
concurred. The Attorney was thereupon instructed to rush the acquisition of 
right of way, and to secure options for the same as soon as possible. The 
Engineer was authorized and instructed to advertise this project for bids as 
soon as the options have been secured and the purchase prices approved. 


Mr. L. B. Sandblast, Attorney, Portland, representing the Oregon- 
Washington Bridge Board of Trustees, was present and discussed briefly with 
the Commission matters pertaining to the proposed bridge across the Columbia 
River near Tongue Point, He advised that the army engineers disapproved the 
original site for this project because a bridge at such location would inter- 
fere with the operations of the Tongue Point Naval Base, but have indicated 
they would not object to a bridge located above the Naval Base. The site pre- 
ferred by the bridge committee, he said, is situate about five miles east of 
Svensen, and involves a physical cost of approximately $3,100,000. He poirted 
out that a bridge in such location would necessitate the construction of cer- 
tain approach roads, and his purpose in coming before the Commission at this 
time is to ask the Commission to cooperate in building the same. He filed 
with the Commission a map of the proposed location and a copy of a letter from 
Robinson and Steinman, Consulting Engineers, directed to Guy Boyington, County 
Judge of Clatsop County, and Secretary of the Oregon-Washington Bridge Board 
of Trustees, with respect to the project, and advised that he was simply 
bringing this entire matter to the Commission's attention at this time for its 
information, so it can have the data available in its study of the situation. 


The Commission adjourned at 5:00 p. m. and reconvened at 9:00 p. m. 
in Room 415, (Imperial Room), Imperial Hotel, with the same persons present 
and participating. 


Mr. Merle Chessman, Chairman of the Advisory Committee on Publicity 
Matters, was present and reported the decisions reached by the Advisory Board, 
at a meeting this day, with respect to the activities of the Travel and In- 
formation Department for the year 1942. Mr. Ben Titus, Acting Director of the 
Travel and Information Department, was also present. It was the recommenda- 
tion of the Board, Mr. Chessman said, that the State Highway Commission ap- 
propriate for such activities in 1942, the sum of $100,000, which is the same 
amount that was appropriated for this purpose in 1941. Such recommendation, 
he said, is conditioned, and if it develops that there is a decrease in the 
revenues derived by the State Highway Commission from the gasoline tax fund, 
then the Advisory Board is inclined to the belief that expenditure for publi- 
city should be likewise curtailed. 


The Advisory Board also recommends, he said, that the State Highway 
Comission retain the services of Botsford, Constantine and Gardner as its 


10583 


retention of the present route for the highway through this town, they were 
not particular about the width of the improvement; and, while they preferred 
a right of way 80 feet wide, they did not object to an improvement on a 60- 
foot right of way. However, since then conditions have changed, because some 
of the business establishments affected by the highway improvement have been 
destroyed by fire, and the people of Gold Beach now insist on an improvement 
on an 80-foot right of way, as they feel they are entitled to an 80-foot street. 
Mr. Carter said that one of the buildings that burned belonged to him, and he 
has plans to rebuild, but doesn't want to do so until he has definite informa- 
- tion about the highway, particularly as to which location the Commission in- 
tends to adopt, how wide the right of way is to be, and when the job is to be 
[| done. He also said that there are other proposed developments in Gold Beach 
: that are hanging fire until the Commission makes its decision. As to the ex- 
qT tra right of way needed, he said that there are quite a number of property 
owners on his side of the street who will donate property for this purpose./ 
’ He also urged an 80-foot right of way fromthe north end of town to the high- 
way fill at Dean Street. He gave as his thought that the economical thing to 
do is to provide an 80-foot street through this place. Mr. Moltgner also 
spoke for an 80-foot right of way in behalf of the Chamber of Sommerce. He 
said that their purpose in coming before the Commission at this time is prim- 
arily to find out where the highway is to be located, 


Chairman Cabell advised that the Commission, at a previous meeting, 
decided to reconstruct the highway on the present route, and on a 60-foot 
width right of way, and in.tructions to that effect were given to the Engi- 
neer, who is now preparing plans on such basis; further, that it was the in- 
tention of the Commission to go ahead with the project just as soon as moneys 
could be found with which to finance it; however, if the Commission should now 
change to an 80-foot right of way, the work will have to be deferred. In any 
event, the Commission will have to have more time to study the situation. He 
: ie added that so far as he personally is concerned he is still favorable to.a 60- 
; foot street, although he doesn't want to decide definitely until he has had 
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an opportunity to discuss the matter with Commissioner Clough. The matter 
cannot be decided today, he said, but, if possible, a decision will be reached 
at the next meeting of the Commission. He agreed, in the meantime, to make a 
personal inspection of the premises if he can find time to do it. 


3 Judge Boice then asked the Commission for the improvement of Cape 
Blanco Secondary State Highway. He was informed by the Engineer that so far 
as the Yighway Commission is concerned this project has been approved for fed- 

; eral aid secondary moneys, and that the work would go forward next year, if 

moneys of such class become available. 


Mr. Frank J. Van Dyke, vity Attorney, Ashland, and Ralph E. Koozer, 
President of the Pacific Highway Association, and member of the Ashland City 
Council, came before the Commission in regard to the improvement of the Pacif- 
ic Highway at the Plaza Corner, in Ashland. They inquired as to the status of 
this project, and urged the Comission to expedite construction, because they 
have received reasonable assurance that the proposed army cantonment at Med- 
ford will be authorized within the next thirty days and, in their estimation, 


Expressions were asked of the other members of the committee. ir. 
Raley gave as his thought that each comnunity would be interested and would 
have enough civic pride to put on some sort of a program. However, in his 
estimation, Portland should be the center of activities, and should provide 
tne biggest attraction as an objective to tourists. The Portland entertain- 
ment, he said, should be conducted throughout the summer months. He also 
gave as his thought that the 915,000 of state funds should not be expended 
for the benefit of any particular community, but should be general, letting 
each comunity finance its own contribution. 


ur. Hicks reported considerable enthusiasm in The Dalles. The 
County Court of Wasco County, he said, is particularly interested, and now has 
under consideration a place to hold the celebration at this place. He brought 
up the question of time of holding the local celebrations. 


It was the concensus of opinion that the celebration in the city of 
Baker should be first, the others to follow; and that definite dates for each 
celebration should be decided, so they gan be used in connection with publi- 
city matters. 


Mr. May stated that he represents ifr. Paul licKee, who is Chairman 
of the Portland Committee. He endorsed the plans as so far outlined at this 
meeting. He suggested, however, that it would be a good idea to erect markers 
along the highway pointing out histori¢ locations, for the information and 
guidance of tourists who are interested in such matters. 


Mr. Parish suggested the employment of someone to work on this proj- 
ect, giving at least part of his time at the start, and full time later on; 


this person, of course, to work under the general direction of Mr. Titus, Act- 
ing Director of the Highway Department's Travel and Information Department. 


Mr. Merle Chessman, who was present, endorsed the employment of a 
full-time man of high-class caliber. He gave as his thought that the commit- 
tee should have more than $15,000 to work with, and suggested that the 1943 
Legislature be asked to appropriate additional funds. 


After further discussion, it was agreed by all that the first thing 
to be done is for the Portland Committee to work up a program for the City of 
Portland. A meeting of the members of the Centennial Commissim will then be 
called, including committee members from the local communities, to arrange a 
state-wide plan. The question of employment of a full-time nan to handle the 
project was deferred until the Portland Committee has had an opportunity to 
discuss and formulate plans for the Portland celebration. 


This concluded the conference, following which at 10:20 p, m, the 
Yighway Commission adjourned, to reconvene on the following morning in the 
same room. 
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advertising agency to handle the Commission's Travel and Information Department 
publicity matters for another year on the same basis as heretofore. However, 
the Board believes that, starting with next year, all advertising agencies in- 
terested should be given an opportunity to secure this business, and that such 
agencies should be given 90-days' notice in which to formally present 4 program 
of activity,with the understanding that the agency submitting the program that 
the committee considers best for the state and the State Highway Department 
shall be selected as the official agency to handle such publicity matters for 
the state during 1943. He thanked the Commission for its indulgence, and for 
the opportunity of serving on this committee, and advised that formal presenta- 
| tion of his recommendation would be made by Mr. Titus, Acting Manager of the 
Travel and Information Department, on the following day. 


Mr. Cabell thanked Mr. Chessman for his personal service, and for 
the services of the other members of the Board in connection with this matter, 
and assured Mr. Chessman that the Commission will accept and assume full re- 
sponsibility for the carrying out of the recommendations. Commissioner Oliver 
concurred, 


The Commission also conferred with the following members of the Ore- 
gon Trail Centennial Advisory Commission: Philip H. Parrish, Chairman, Port- 
land; J. Roy Raley, Pendleton; and Kenneth L. Hicks, The Dalles. Plans for 
the 1943 Oregon Trail Centennial, and the expenditure of $15,000 of state funds 
appropriated by the 1941 Legislature therefor, were discussed. Mr. Parrish 
outlined briefly a general plan that the committee has in mind, which includes 
the appointment of a special committee in each city and town that it is anti- 
cipated will take an active part in the Centennial activities, to arouse en~ 
thusiasm for the Centennial and to provide entertainment for prospective visi- 
tors. This matter has aroused considerable interest in the City of Portland, 
he said, and Mayor R. E. Riley has appointei such a committee to handle it at 
this place, which committee is represented at this meeting by Mr. Walter May. 


He also reported briefly on his recent trip to Denver in attendance 
at a meeting of the National Pioneer Trail Association, advising that consid- 
erable interest was shown at such meeting in the Oregon Trail Centennial, and, 
in view thereof, it is quite likely that the association will hold its 1943 
meeting in Portland, Chairman Cabell advised that the State Highway Commis- 
sion is in accord with the objectives of the Centennial Committee as outlined; 
however, is of the belief that a program for the expenditure of the state's 
$15,000 should be arranged as soon as possible. He gave as his understanding 
that the committee does not intend to budget the expenditure of #15 ,000 until 
the program has been arranged. Mr. Parrish replied that that was correct, and 
that they expect to work up at least a tentative program within the next couple 
of months. There will be no rapid disbursement of this money, he said, and 
the committee considers it a promotional fund, to be used for promotional pur- 
poses, and not to pay the cost of any particular celebration or entertainment. 
The idea, he added, would be to first determine the interest of the various 
communities, correlate the ideas of the several communities, and then decide 
where and how to spend the money. He declared that perfect coordination of ( 
the several communities must be had, otherwise there will be conflict. 


The Attorney reported that the state had already acquired from Mr. 
Louis Roeygens and wife right of way for the Wolf Creek Highway and in the 
transaction the state acquired the entire 50 acres, and is now acquiring from 
Mr. Emil H. Duyck and wife right of way for the same highway through property 
which joins the Roeygens' property. He further advised that there is a 10-acre 
tract of the Roeygen property on which is located the farm buildings which 
Mr. Duyck will take in exchange at a consideration of $4,000 as part settlement £ 
for right of way through his property. The Attorney recommended a settlement 
with Mr. Duyck for 10 acres at a consideration of $4,000. The Commission ap- 
proved the exchange. 


The Attorney requested authority to acquire certain parcels of real 4 
property that are needed for various highway improvements. He submitted a a 
list of such properties, together with amounts that he recommended be paid : 
for each. After careful consideration of each item the Commission approved g 
the request and by unanimous vote adopted the following resolution in regard 2 
thereto: (See note following the resolution with respect to several of the 
listed items.) 


WHEREAS, in connection with the further improvement of : 
the highways hereinafter designated, it is and has been necessary 
to acquire property for right of way, quarry sites, gravel or other 
material sites, or sites for the storage of materials, as herein- 
after more definitely set forth, and 


WHEREAS, as a result of negotiations carried on with the 
owners of the property required, options have been obtained, which } 
options have been considered by the Commission, outlining the bases 
of settlement which have been agreed upon, and 


Ly 


WHEREAS, it is the judgment of the Commission that the : 
said options should be approved and accepted, and/or the said re- 4 
ports be declared acceptable to the State Highway Commission as 
bases of settlement for the properties involved, and that the ac- 
quisition of the properties should be completed: 


ot achat 


NOW, THEREFORE, BE IT RESOLVED that the several offers, 
or bases of settlement hereinafter enumerated be, and the sane here- 
by are, approved and accepted, and that the Attorney for the State 
Highway Commission be, and he hereby is instructed to complete the 
acquisition of the said properties and to take title thereto in the 
name of the State of Oregon. The said properties hereby ordered 
and authorized to be acquired are as follows: 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 
Camp Clatsop-West Lake Section, Oregon Coast Highway 

9544-Fertig, Emily HM. R/V 0.286 $200 per a. + $58.50 Gardiner 
9545-Tagg, Emma M. " 0.265 $200 per a. + $46.50 " 


plus moving tool shed 
(Estd. 950.00) 
9547-Hurlbutt, Helen A. * 0.11 $200 er a. + $19.00 " 


(> 
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Portland, Oregon, September 5, 1941 


The State Highway Commission reconvened at 9:00 a. m- in Room 415 
(Imperial Room) Imperial Hotel. Present were: 


Henry F. Cabell, Chairman 

Herman Oliver, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


Commissioner Clough was absent. 


The Attorney brought up for discussion matters pertaining to the 
federal government's condemnation case to acquire a portion of the Lower Col- 
umbia River Highway which is needed in connection with the development of the 
Tongue Point Naval Base near Astoria. He advised in this connection that the 
government has authority to condemn such right of way and other state-owned 
property if it can show a superior use for the property, and gave as his 
opinion in this particular instance thet the government would have no difficulty 
in making such showing, Title to the property, he said, is now vested in the 
federal government because of the filing of the complaint and a declaration of 
taking and the only question remaining is the amount of consideration that the 
government should pay for it, and in order to decide this feature the govern- 
ment authorities have asked for another conference with the Commission to be 
held as soon as possible. He also advised that the Clatsop County Court has 
refused to join with the state in the filing of a joint answer in the condem- 
nation complaint, because the court is of the belief that the compensation to 
be paid for the property should be limited to the amount of the contribution 
to be made by the Work Projects Administration toward the cost of building 
the new highway, and has elected to file a separate answer. It was the Com- 
mission's decision that the amount of the consideration to be paid by the 
government should be the total estimated cost of the highway revision as set 
forth in the Attorney's answer. The Commission thereupon approved 4 confer- 
ence with the government authorities on Thursday, September 12, for further 
discussion of the matter and authorized Chairman Cabell to act for the Com- 
mission at such conference. 


The Engineer brought up for discussion the matter of permitting log 
haulers to transport loads consisting of one extremely large log as was re- 
quested by a delegation that appeared before the Commission at a previous meet- 
ing. He said that computations reveal that it would be possible to permit 
loads of this type without overstressing bridges provided the average diameter 
of the log does not exceed 7% feet and the length of the log does not exceed 
25 feet. He recommended in view thereof that the Commission permit such Loads 
as a trial proposition for the next 60 days provided the average diameter of 
the log is not greater than 7 feet and 6 inches and the maximum diameter of 
the log does not exceed 8 feet and provided further that the gross weight of 
load and hauling equipment does not exceed 59,400 pounds. The Commission ap- \ 
proved the recommendation. 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 
North Bend-Marshfield Section, Oregon Coast Highwa 


9529-Bucher, Luella R/W 4800 sq.ft. 15¢ sq.ft.+ $1030 Benson 
9536-Zerenner, Fred W. ° Sal. ® 15é " + $112.85 bd 
9517-Johnson, Nancy and " 2500 " 6 " + $500 " 
Peter Jordan 
9535-Ness, Kittle " 3079 ~+«" 15¢ " + $40 " 
9516-Andrews, A. T. " 5000) " 6g =" 
7500) n 5¢ " + $1000 tt 
12, 500 
8040-Ness, Blanche, and " 9 #2" ¢ " + $75 " 
Guy Payne 
9528-Clark, Harry W. " 4,800 " 15é " + $530 * 
9510-Flock, C. B. n 3,500 * 10g " + $150 " 
8054-Coos County " 3,79 * 4 1/6¢ plus sa. ft. " 
8047-Coos County " 26,425 " 2 5/6¢ plus sq. ft. 
plus $75 5 
9514-Brigham, Sarah E. n ~ 2,500 " 10¢ sq. ft. " 
9496-Gebhardt, R. F. " 6,000 " sg . 


Port Orford-Brush Creek ee Oregon Coast Highway 
2561-Knapp, Orris and Lloyd 11.54 $75 per acre Devers 


Tycer Creek Section, Oregon Coast Highway 


8528-Smith, Agnes M. Stock 1.0 LUMP SUM - $75 Gardiner 
Pile 
Berger Ranch~Barnes Road Section, Wolf Creek Highway 
52l6-Westhoff, Max v 5.27 $300 per a. + $1419 Collins 
5197-Sandstron, Jennie " 9.68 $250 per a.+ $2117.50 " 
Vadis-Gardner Ranch Section, Wolf Creek Highway 
6533-Danneman, Frank A. R 0.93 $150 per a. + $1360.50 
Collins 
6539-Mast, Martha " 4.0 $500 per acre " 
6543-Kelly, C. H. " T2> $227.58 plus per a. " 
Tllahe School-Albany Section, Pacific Highway East 
- 9482-Ramseyer, Christian 7.84 $150 per a. plus Witt 
$5473.35 
9482-Ramseyer, Christian " 100,0 + LUMP SUM - $10,000 " 
9483-Tuv, K. T. and Heltzel " 5.37 $75 per a. + $362.50 " 
Estate, Inc. ‘ 
9480-Miller, K. G. " 0.39 LUMP SUM land - 365 " 
plus $42.50 


Crabtree Section-Albany-Lyons Secondary Highway 
95'76-Barclay, Carl Gravel Pit 0.70 $200 per acre Witt 
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: 
1 
i Section, Hwy., and Omer Purpose Acres Approximate Amounts Agent 
4 
B West Lake-Gearhart Section, oregon Coast Highway 
kL J 9466-Bates, Verna i. 1.25 $200 per a. + $343.75 Gardiner 
1 Front Avenue Project-Columbia Street (South), Portland, Pacific Highway West 
x 8945~iMultnomah County 10, sq.ft. 5.00 McCallister 
‘2 . 8947-Multnomah County " 3,975" 250.00 " 
: = 8950-Etlinger, Adele and 
F Narry Etlinger " 2.4439 * 2,500.00 " 
9064-Lowitz, Dora " 7,520 " 4,800.00 " 
9088-LaGrande, Domenic Estate " 2200; ,_.* 3,350.00 
9082-Schnitzer, B. . 2p. .e 500.00 " 
g908l-Weinstein, Fannie " 2,250, * 500.00 " 
-8949-Horenstein, A. and Anna " 5.300 * 1,500.00 " 
Estate, and H. Goldstein 
- 9719-Bank of California, N.A, " Zao. * 200.00 " 


9446-Schuttpelz, Paul 


9155-Peters, S. A. 


9669-Jones, A. V. 


9148-Ford, James W. 


9151-Janelle, Mary R. 
9157-Fisk, Wm. L. 


9156-Martin, Aubrey S. 


9150-Gardiner Lumber Co. 


at 

a* 

£&) = 

27 

ah & 

i; 2 9149-Hinsdale, 0. H. and 
ah? S. A. Peters 

1 


9156—Jones, Wayne 


ae 


Reedsport-Lakeside Section, Oregon Coast Highway 


Gardiner Section, Oregon Coast Highw 
9147-Gardiner Mill Co. R/W & Bor- 


Park & Hwy. 
Waysides 43.62 a. $18.34 per acre McChesney 
row pit 8.14 $25 per a. + $814 Witt 
Slope ease- 
ment 900 sq.ft. Slope easemtsGratis, " 
plus #20 
Slope Easmt.730 " Easemt.-Gratis + " 
$22.10 
R/W 0.12 $1000 per a. n 
0.08 $500 per a. + $20 
0.20 
RAW 132 sq.ft. 50¢ sq.ft. " 
Slope. Ease- 
ment sap 68 Slope easemt.Gratis " 
+ $10.00 
Slope 400 " Slope easemt. Gratis " 
Easement + $20.00 
R/¥ & Slope 2.01 $500 per a., plus " 
Easement 93,015., + small trian- 
gular parcel of land 
lying outside R/W 
RA & Ease- 0.48 $1,000 per a. " 
ment 900 sq.ft. 50¢ sq.ft. 
0.67 $1,500 per a. 
1.94 $500 per a. + $4,350 
Slope 371 sq.ft. Gratis, + $16 * 


Easement 


Section, Hwy., and Owner Purpose Acres 
Madras Section, The Dalles-California Highwa 
7-Doty, R. M. 


7132-Van Wert, Ralph 


7133-Lytle, Purl ” Land 500 
8619-Van Wert, Ralph " Land 750 
6604-Carroll, Ivan R/W =: 1500 sq. 
7134-Cook, W. R. Easement Over 500 
8627-Cunningham, Ray " Land 500 
8616-Lytle,; Purl " Lami 350 
86ll-Madras Main Street 

Garage, Inc. " Land 250 
3608-Harding, Hazel and Iva " Land 750 

lay Dee 
$583-Wood, Floyd A. " Land 500 
8584A-Pacific Power & Light ed Land 500 
8581-Pummill, Lester " 5000 sq. 
8571-Cunningham, Ray and " 1500 sq. 


Floyd Wood 


Easement Over 250 sq. ft. GRATIS 
" Over 1000 sq. ft.GRATIS 
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Approximate Amounts Agent 
Continued 
Cozad 
" 
sq.ft. 25¢ sq. ft. + n 


$239.50 + stair- 


way 
sq.ft. 25¢ sq. ft. + $165 " 
plus stairway 


ft. 5¢ sq. ft. 
sq. ft. GRATIS, + $125 + " 
stairwa, 


y 
sq. ft. 25¢ sq. ft. + $218" 
+ stairway 


sq. ft. 25¢ sq.ft. + 330 n 
sq. ft. GRATIS , 
sq. ft. GRATIS sg 
sq. ft. GRATIS * 
sq. ft. GRATIS " 
ft. if sq. ft. plus $250 " 
ft. 5¢ sq. ft. 


Prairie. City-Austin Junction Section, John Day Highway 


Borrow Pit 4-77 


& haul road 


$726-Forrest, Clyde 


Brogan-Jamieson Section, John ae Highway 

9169-Freiermuth, L. J.and 0.43 
J.R.Robinson, and WWVSA 

9172-Eastern Oregon Land Co. " 14.53 


Gravel Pit 6.71 
Easenent 


$125.79 per a. + Cozad 
$100 - 5 yr. lease and 
+ 1 cattle-guard Landon 


0.16 a. at $100 per a. 
0.27 a. at 95 per a.t 
fencing 314.40 Landon 
6.61 a. at $100 " 
per a., 7-92 a. 

at $5.00 per a. 

+ 3650.80 

$22.35 per a. plus " 
fencing and gate, 
plus moving bunk- 
house if required by 
state before grantor 
elects to move same 


File No. 9446, Paul Schuttpelz:-This settlement was approved 


as to price, 


Attorney was instructed to ascertain whether or not it 
the state to secure 4 one-half acre tract of land from 
Service to trade to Mr. 


possible for 
the United States Forest 
appearing that Mr. Schuttpelz is unable 


if an exchange of properties can be effected. 


The 
would be 


Schuttpelz, it 
to secure the one-half acre 


Brats ears 


PME 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Kernville-Siletz Section, Siletz Highway 
9640eMack, Wallace B. 0,21 $100 per a. + $479, McChesney 


in addition low: bid 

for moving cabins, 

gas pumps, tanks, 
garage, dig cesspools 
(Estd $700) + filling 
3000 yds.material (Estd. 


$900) 
oeae_ sohnson, Donald W. R/W 0.40 $100 per a, licChesney 
9 0.11 $10 per a. + $208.90 
0.51 plus moving fence 
9633-Morley, David M. Estate R/W 1.40 $10 per a. " 
9653-Ketoia, Gustaf Ivar " 0.75) g100 per a. sd 
QO. 


si glO per a. + $246.25 + 
1.1 cost of moving and reestab. 
barn, garage, 2 sheds, 


chicken house and making 
fill (Estd. $1,000) 


0.29 In exchange for approx. Parker 
1.5 a. acquired by state 
from M & R Properties Co. 


9233-University of Oregon 


9235-Larson, N. P. " 63,700 sq.ft. 2¢ sq.ft. + $637 " 
9236-Hill, D. R. " 19,200 " 2g i" + $192 " 
9237-Ruth, Charles B. ® 22,800 af + 3228 " 
9239-"hitelock, Frank * 3,8 " 26" + $131.48 " 
9240-Taylor, Howard R. " 12,966 " 2g " + $129.66 " 
9242-McClintic, Esther J. " 23,434 * ag © 5234.34 " 
9139-Martin, David J. Estate " 21,140 " 25¢ " " 
9138-Strome, Erma E. " 17,660 " 20¢ " plus ¥2,000 " 
9140-Kidder, Jennie M. " 14,200 " 20¢ " % 41,660 " 
9l41-Page, Miriam and Paul " 8,096 " 30¢ " * $5,071.20 " 
Hamilton 
9143-Schroff, A. H. n 3,860 " 30¢ ™ plus $5,342 n 
9142-Roylance, Martha " 7,150 " 30 " 8 35,355 " 
9136-Gilbert, W. A. " 10,740 " 30¢ " " (6,778.00 " 
9137-Bristow, Mary A. " 7,4" LUMP SUM - 3200 " 


Springfield-Blue River Section, lickKenzie Highway 
8684-Frazier Real Estate Cravel 11.12 LUMP SUM - $1,000 Devers 


Holding and Loan Co. Bar 


Madras Section, The Dalles-California Highwa 
B6l7-Moore, W. C. and Leif , R/W 1,495 sq.ft. 25¢ sq.ft. + J120 + Cozad 
Nelson Easement fencing and stairway { 


(Continued on next page) 
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after careful consideration of each item the Commission approved the request 
and by unanimous vote adopted the following resolution in regard thereto: 


WHEREAS, the State Highway Commission is authorized to 
locate, relocate, construct, reconstruct, maintain, widen, straight- 
en, and otherwise improve state highways, both primary and secondary, 
and said Commission is also authorized to construct shops, equipment 
sheds, office buildings, maintenance sites, patrolmen accomodations, 
and snow fences, and is authorized to acquire quarry sites, gravel 
pits, storage sites, stockpile sites, weighing stations, and broad- 
casting stations, and is further authorized to develop, construct, 
improve, operate, and maintain parks, parking places, auto camps, 
camp sites, roaside development, recreational grounds or resorts, 
and other places of attraction and scenic value; and 


WHEREAS, said Highway Commission is authorized to acquire 
by purchase, agreement, donation, or by the exercise of the power 
of eminent domain real property, or any interest therein, necessary 
or deemed by the Highway Commission necessary for the accomplish- 
ment of any and all of the foregoing things; and 


aga 


WHEREAS, in the judgment of the Highway Commission the 
several tracts or parcels of land hereinafter described are each 
and all necessary for the specific and particular purposes herein- 
after specifically set forth; 


NOW, THEREFORE, BE IT AND IT WEREBY IS RESOLVED by the 
State Highway Commission as follows: 


eee Ses Se 


1. That the Commission does hereby find and declare that 
the several parcels of real property hereinafter described are each 
and all necessary for the accomplishment of the purposes hereinafter 
expressly and specifically set forth, which said real properties and ; 
the specific purposes for which the same are being acquired are de- ' 
scribed as follows, to wit: 


Real property owned by Frank Nygren, which property 
is located in the southwest quarter (SWZ) of the north- 
west quarter (NWz) of Section 13, Township 36 South, Range 
1 East, W. M., in Jackson County, Oregon, and is more par- 
ticularly described on the attached sheets and designated as 
Parcel No. 1 and is further identified in the records of the 
Highway Commission as file R 9647, and which property is be- 
ing acquired for the purpose of securing roadbuilding materi- 
als therefrom for use in connection with the improvement of 
the Little Butte Highway;* 


Real property owned by Reed Charley and Myrtle Charley, 
husband and wife, which property is located in the south 
half (Sj) of the northeast quarter (NEZ) of Section 14, 
Township 36 South, Range 1 East, W. M., in Jackson County, 


‘> 
i - 
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4 
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from the Forest Service direct. Mr. Schuttpelz offers to donate his 
property to the state if the state can secure for him without cost 
the one-half acre of national forest land. (See Mr. Schuttpelz let- 
ter dated August 22, 1941, for details.) 


File No. 9150, Gardiner Lumber Company:- This settlement was ap- 
proved by the Commission as to price; however, the Commission desired 
a different breakdown of the items making up the total, so as to show 
the true facts of the land value and damages. (The amount shown in the 
resolution is the breakdown furnished by the Assistant Attorney for 
the record.) 


File No. 9576, Carl Barclay:— The Commission approved this settle- 
ment and authorized the purchase of an additional area, if it can be 
purchased at the same rate of $200 per acre, it being understood that 
the additional acquisition will satisfy all claims which Mr. Barclay 
may have by reason of past trespass on his property, et cetera. 


The Commission also discussed the matter of acquiring additional 
properties needed in connection with the proposed improvement of the Pacific 
Highway between Eugene and Springfield, particularly land needed to affect a 
change in the millrace, Details concerning each of these settlements were ex- 
plained by Mr. C. W. Parker, Right-of-Way Buyer. After full discussion of the 
matter, the Commission approved the payments as follows: 


File No. Owner Purpose Area Payment Approved ; 
9243 Eyler & Gerda Brown R/W 8,200 sq.ft. $450.00 
9244 C. Irena Williams " 3,000 " *® 600.00 
9245 Howard A. and Marjorie " 4,000 * " 700.00 
W. Hall 
9246 Ida V. Stam " 6,700 " 350.00 


The Attorney also requested authority to condemn certain parcels of 
real property that are needed for highway purposes, and concerning which he 
has been unable to reach satisfactory settlements. He presented a list of 
such properties and recommended the following offers in condemnation: 


File No. Name Purpose Required Recomended Offer 
9647 Frank Nygren, et al. Gravel Pit $ 500.00 
9648 Reed Charley, et ux. " " 1,150.00 
#9660 Louis Hogstrom Stockpile Site 75.00 
#9569 Catherine C. Simmons " " " 25.00 
8810 H. S. James RA 125.00 
8868A T. B. Waller, et ux " 400.00 
9565 Ada Mautz Estate " 5.00 
8631 William Browmhill " 200.00 
8573 Louise Olson " 15,00 
8584 Pacific Power & Light Co. " 20,00 
8632 J. H. Peterson, et ux, " 5.00 


*Inasmuch as this is a stockpile site, condemnation will not be brought, but 
the amount of the offer for the property was approved, 


Real property owned by Louise Olson, which property 
is located in the southwest quarter (SW}) of the north- 
west quarter (NW}) of Section 12, Township 11 South, Range 
13 East, W. M., in Jefferson County, Oregon, and is more 
particularly described on the attached sheets and desig- 
nated as Parcel No. 9 and is further identified in the 
records of the Highway Commission as file R 8573, and 
which property is being acquired for right of way purposes 
in connection with The Dalles-California Highway;* 


Real property owned by the Pacific Power and Light 
Company, which property is located in lot l, Block 1, 
Northwest Townsite Company's Firet Addition to Madras, 
situated in Section 11, Township 11 South, Range 13 East, 
W. M., Jefferson County, Oregon, and is more particularly 
described on the attached sheets and designated as Parcel 
No. 10 and is further identified in the records of the 
Highway Commission as file R 8584, and which property is 
being acquired for right of way purposes in connection 
with The Dalles-California Highway;* 


Real property owned by T. B. Waller, et ux., which 
property is located in Government Lots 4 and 5 and in 
part of the Jas. H. Twogood D.L.C. No. 37 in Section ll, 
Township 34 Youth, Range 6 West, W.l., in Josephine County, 
Oregon, and is more particularly described on the attached 
sheets and designated as Parcel No. 11 and is further 
identified in the records of the Highway Commission as 
file R 8868A, and which property is being acquired for 
right of way purposes in connection with the Pacific High- 
way .# 


2. That the Commission does hereby find and declare that 
each of the said described parcels of real property is necessary and 
acquisition of the same by the State is required for the specific 
purposes hereinabove set forth, and the said properties are being 
acquired for the express and specific purposes in this resolution 
set forth. 


3. That the State Highway Engineer be and he hereby is 
instructed and directed to make or cause to be made all surveys 
necessary in connection with the determination, description, and 


%(The detailed descriptions of the respective parcels of real prop- 
erty mentioned in this resolution are attached to the original re- 
solution on file in the office of the State Highway Commission, 
Salem, being Resolution No. 16, under the heading "Real Property 
Condemnation Resolutions", and said descriptions by this reference 
are made a part of this minute entry to the same extent as if copied 
in full herein.) 


10596 


oP yah 


eae SCD ANS hE 2 
PR PAT EAM RTO RO IRE 


Oregon, and is more particularly described on the attached 
sheets and designated as Parcel No, 2 and is further iden- 
tified in the records of the Highway Commission as file 
R 9648, and which property is being acquired for the pur- 
pose of securing roadbuilding materials therefrom for use 
in connection with the improvement of the Little Butte 


Highway s+ 


Real property omed by H. S. James, which property 
is located in the west half (We) of the southeast quarter 
(SEL) of Section 35, Township 3 South, Range 14 East; in 
the west half (WS) of the northeast quarter (NEj) of Sec- 
tion 2, Township 4 South, Range 14 East; and in the south 
half (S$) of Section 36, Township 3 South, Range 14 East 
and in the northeast quarter (NE=) of Section 1, Township 
4, South, Range 14 East, W. M., in Sherman County, Oregon, 
and is more particularly described on the attached sheets 
and designated as Parcels Nos. 3, 4, and 5 and is further 
identified inthe records of the Highway Commission as file 
R 8810, and which property is being acquired for right of 
way purposes in connection with the Sherar's Bridge High- 
way 3* 


Real property owned by the Ada Kautz Estate, which 
property is located in the northwest quarter a) of Sec- 
tion 7, Township 9 South, Range 12 East, W. M., in Jeffer- 
son Lounty, Oregon, and is more particularly described on 
the attached sheets and designated as Parcel No. 6 and is 
further identified in the records of the Highway Commission 
as file R 9565, and which property is being acquired for 
right of way purposes in connection with the Warm Springs 
Highway ;* 


Real property owned by Snowden A. White, et ux., and 
William Brownhill, which property is located in lot 5 of 
Block 6, Depot Addition to Madras, in Jefferson County, 
Oregon, and is more particularly described on the attached 
sheets and designated as parcel Ne. 7 and is further iden- 
tified in the records of the Highway Commission as file 
R 8631, and which property is being acquired for right of 
way purposes in connection with The Dalles-California High- 
way 3* 


Real property owned by J. H. Peterson, et ux., which 
property is located in lots 2 and 3 of Block 7, Depot Addi- 
tion to Madras, in Jefferson County, Oregon, and is more 
particularly described on the attached sheets and designated 
as Parcel No. 8 and is further identified in the records of 
the Highway Commission as file R 8632, and which property is | 
being acquired for right of way purposes in connection with § 
The Dalles-California Highway;* 
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and is now posted for ten-ton loads. He further advised that he has explained 
this situation to Mr. Rentley, who has agreed to dump the logs into the river 
at the west end of the bridge, so as to avoid the use of the bridge entirely. 
ur. Bentley estimated that they would have about thirty loads of logs to haul 
at this time, and agreed t limit the loads to one log each, and to not more 
than two logs if the logs are small. He urged the Commission to grant this 
request as a trial proposition. The Engineer recommended approval of the re- 
quest on such basis, provided a maximum of not more than forty loads are 
hauled, that the company will use light-type trucks to do the hauling, and 
will confine the loads to one log and not more than two logs if they are small. 
The Commission approved the recommendation. 


The Commission adjourned at 12:15 p. m. and reconvened at 1:30 p.m. 
in the same room with the same persons present and participating. 


Chairman Cabell brought up for discussion an accident that occurred 
at the McLoughlin Bridge on the Pacific Highway East near Oregon City. It 
appears that during the time that this bridge was being repainted one of the 
workmen who was employed on the job slipped and, in an endeavor to keep from 
falling, accidentally dislodged a short timber, a part of the scaffolding, 
which timber fell to the ground and unfortunately struck a small boy who was 
playing under the bridge, causing injuries for which the boy's father is now 
seeking compensation through hig attorney. The Commission's attorney read 
aloud several reports on the subject which were discussed. The Commission 
assumed no responsibility or liability in the case; however, instructed the 
Engineer hereafter to maintain warning signs at appropriate places around 
structures that are being painted, as a warning to people of danger, parti- 
cularly at such locations where a pathway leads down to the stream from the 
highway. 


The Commission discussed briefly matters pertaining to the Eugene- 
Springfield Project, and particularly the proposed connection at the McKenzie 
Hishway junction. The Engineer was instructed to give the matter further 
study, and to explain fully to Chairman Cabell the following Thursday on the 
trip to Tongue Point. 


Ur. Guy Cordon, Attorney, Roseburg, and ir. A. L. Schneider, general 
freight agent for the Oregon Nevada California Fast Freight, Inc., Medford, 
came before the Commission relative to the transportation of government de- 
fense materials over state highways through. the state of Oregon, from Cali- 
fornia points to Washington points, on equipment the overall length of which 
exceeds the Oregon statutory length limits. Mr. Cordon was spokesman. He 
said that the Oregon Nevada California Fast Freight, Inc., has a contract with 
the federal government to move federal equipment and supplies, much of which 
is assigned to points in Washington, necessitating travel through the state 
of Oregon; that at least twenty-five per cent of each load is material of this 
class; and that the company is obliged to deliver the material regardless of 
conditions, but is handicapped in doing so because the overall length of this 
equipment is 60 feet, being 10 feet in excess of the Oregon length limit, and 
it is unable to secure a permit to move across the state of Oregon. He de- 
clared that the situation is an emergency, and, in his estimation, it is not 
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acquisition of said real properties, and said Engineer is further 
instructed to prepare and submit to the Legal Department necessary 
and adequate descriptions of the said real properties, which said 
descriptions shall be available for the preparation of any deed or 

deeds or other instrument or instruments necessary to complete the 

: acquisition of said property or properties, whether said properties 
i be acquired by, purchase, donation, agreement, or by the exercise of 
1 the power of eminent domain. 


NO iS SR OT GSE SE 


4. That J. M. Devers, Attorney for the State Highway Com- 
mission, be and he is hereby requested, authorized, and directed to 
attempt to agree with the owner or owners and/or with the tenants or 
persons in possession, if there be any, of said parcel or parcels of 
land with respect to the compensation to be paid for the taking of 
the same and the damage, if there by any, and in the event that no 
satisfactory agreement or agreements can be reached, then it is here- 
by further resolved that J. M. Devers, Attorney for the State Highway 
Commission, be and he hereby is requested to commence and prosecute 
to a final determination such suit or action, or suits or actions, 
as may be necessary and appropriate to acquire title to the said prem- 
ises and all rights therein for the purposes herein stated. 


5, That this resolution be entered in full in the minutes 
and records of this Commission. 


Chairman Cabell brought up for discussion the matter of granting 
permits for movements over state highways of combination truck and trailer 
units, having an overall length in excess of the Oregon scvatutory length lin- 
its. He gave as his understanding that the "Office of Production Management" 
is going to ask that overlength loads be permitted in order to facilitate the 
government's defense program. During the discussion he expressed his thought 
that it might be satisfactory to grant such permits if the request comes from 
a national agency, but not otherwise. Commissioner Oliver concurred, 


In this connection the Secretary presented resolutions from the 
Oregon State Grange and the Northwest Trailer Manufacturing Association, and 
a letter from the Portland Draymen and Warehousemen's Association, requesting 
that the State Highway Commission grant permits of this character and permit 
operation through Oregon of equipment having the size and weight limits that 
are legal in adjoining states. The Commission took no action on these communi- 
cations. 


ni Mr. 0. W. Bentley, Portland, representing the Crown Willamette Lum- 
45 ber Company, was present and asked the Commission to authorize log hauling 

ea over the Netarts Secondary Highway, at least in an amount sufficient to dem- 

onstrate to government officials the value of certain spruce timber taken 

from their holdings in this vicinity. The Engineer advised that this road ( 
was not constructed to bear up under log hauling traffic; furthermore, the 

bridge located a short distance out of Pillamook is in very bad condition, 
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is needed to provide access to the quarry. The Commission approved the stipu- 
lation, and thereupon signed the same. 


The Attorney also presented a letter from Mr. Ben Hur Lampman, Port- 
land, with respect to the Commission's action in refusing to abandon a short 
section of the old right of way of the Oregon Coast Highway in front of his 
premises at Nelscott. This matter was discussed at some length, during which 
the history of the entire case was recalled, The Commission confirmed its 
previous action, it appearing to the Commission that Mr. Lampman has no def- 
jnite right to the property, and that the old roadway is needed for public 
purposes. The Attorney was instructed to inform Mr. Lampman of the action 
taken and to assure him that the Commission will allow him reasonable access 
to the highway from his property. 


0 
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A letter was presented from Dolan & Serfling, general merchants, 
Gardiner, Oregon, requesting permission to maintain a certain gasoline pump 
in its present location in front of their store building at Gardiner, not- 
withstanding that the state is acquiring the property on which the pump is 
located for widening the highway at this point. They alleged that if they | 
are required to move the pump to another location, they will be forced to 
abandon the pump, and will suffer a direct loss in excess of 95,000. The 
Assistant Attorney read the letter aloud. The Engineer advised that no harm 
would be done if the pump were left in the present location; however, that 
would be strictly contrary to the Commission's established policy, which pro- 
hibits the servicing of automobiles at the curb line, and would set a very 
undesirable precedent. Several suggestions were made for disposing of this 
matter. The Assistant Attorney was instrpcted to discuss these with Messrs. 
Dolan and Serfling. 


we 
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Reconsideration was given by the Commission to the request of Mr. 
Russell Hubbard, Reedsport, to purchase certain state-owned property lying 
between the Umpqua Highway and the Umpqua River, near the north city limits 
of Reedsport. The Engineer recommended the sale to Mr. Hubbard of sev j 
eral lots in the platted portion of Reedsport and the retention by the state ¥ 
of the other property in order to preserve an unobstructed view of the Umpqua f 
River from the highway. The Commission approved the recommendation, and in- j 
structed the Attorney to convey the Commission's action to Mr. Hubbard. He ' 
was also instructed to inform Mr. Hubbard that, if he is not satisfied with i 
the Commission's decision, the Commission will be pleased to discuss the mat- 
ter with him further, and inspect the property with him if he so desires. 
The question arose as to how much Mr. Hubbard is to be asked to pay for this i 
property, and it was decided to charge him one cent per square foot, or a \f 
total of approximately $165 for the land involved. 


Messrs. Philip H, Carroll, Executive Secretary, and Albert Merrill, a | 
Chief Engineer, Commission of Public Docks, Portland, came before the Comnis- i | 
sion. in regard to the vacation of certain Dock Commission property, which is : 
needed in connection with the construction of the Front Avenue Project, Port- 
land, Mr. Carroll advised that they have received notice to vacate the prem- 
ises by October 1, but they are unable to comply therewith without consider- 
able inconvenience, and the Dock Commission would appreciate it if the Highway 
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only within the province of the State Highway Commission to authorize the 
movements, but also the duty of the Commission to grant the necessary per- 
mit for the general welfare of the public. He made an urgent plea for this 


privilege in behalf of the company. 


Chairman Cabell explained the position and the attitude of the Com- 
mission with respect to such movements, and advised that the Commission feels 
that it is without authority to grant the request because of the action taken 
by the 1941 Legislature, which voted down a bill that would have authorized 
overall lengths of 60 feet and gross weights of 68,000 pounds on Oregon high- 
ways, and in view thereof the Commission must refuse to grant such permits 
which are requested by the general trucking interests; however, the Commis- 
sion will give careful consideration to such requests if they are presented 
by some recognized governmental agency. Commissioner Oliver concurred. Mr. 
Cordon recognized the fairness of Chairman Cabell's statement; however, again 
urged the Commission to do what it can to help out in this difficulty. 


The Commission discussed and denied a request from the Lang Trans- 
portation Company, Sar Francisco, for permission to operate over Oregon state 
highways between the Califormmia state line and Klamath Agency, one combination 
truck and trailer unit, having an overall length of 0 feet, it being contrary 
to the established policy of the Commission to issue continuous permits for 


such movements. 


W. H. Lynch, District Engineer, Public Roads Administration, was 
present and inquired as to the attitude of the State Highway Commission with 
respect to allocating additional funds for the improvement of the I1.0.N. Sec- 
ondary Highway, in Malheur County. Chairman Cabell explained that the Commis- 
sion has it in mind to apply federal strategic highway funds for this road, 
but is not in position at this time to state definitely just what it can do, 
in view of the fact that Congress failed to pass the appropriation bill over 
the President's veto. However, should the federal government provide addi- 
tional federal funds, other than those now available to the Commission, the 
Commission would be disposed to allocate such funds to this road. Commission~- 


er Oliver concurred. 


Mr. Lynch also mentioned that the State of Idaho has, at least tem- 
porarily, abandoned the idea of rerouting the Old Oregon Trail by way of Weiser 
and is now seeking to route it along another route which crosses the Snake 
River at Nyssa. He inquired as to the attitude of the Oregon State Highway 
Commission relative thereto. The matter was discussed briefly, but no action 
was taken. Mr. Lynch agreed to forward the State Highway Engineer all avail- 
able information for study. 


The Attorney presented for the Commission's acceptance a stipulation 
in the case of the United States of America versus 0. M. Jetson, et al, with 
respect to a 40-foot hauling road across property known as the Fisher Tract, 
which road extends from the Eugene-Swisshome Secondary Highway (Route F High- 
way) to a state-owned rock quarry in Lane County. He explained that this 
stipulation would preserve the state's rights to maintain such hauling road 
across property that is now owned by the federal government, and that the road 
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highway at this point. He recited the history of this case and advised that 
Mr. Cooley originally demanded settlement in the amount of $1,000 although he 
now will settle for $500. Ne estimated the amount of the damage at §300, but 
recommended paynent of $500 as a compromise in order to avoid a law suit. The 
Commission approved the recommendation. 


The Attorney reported a request from the Uity of Eugene to acquire 
a parcel of land at the intersection of the Pacific Highway with the road 
which extends to the new Eugene airport. He said that the city wants to pur- 
chase about one-half acre of land, which is to be used in providing a good 
approach to the highway. He recommended sale of the property for the sum of 
350, which is at the rate that the Commission paid for it. The Commission 
approved the recommendation. 


The Secretary presented a letter from the Hood River Chamber of 
Commerce suggesting that the State Highway Commission furnish "Oregon wind- 
shield stickers" to all chambers of commerce and tourist information organ- 
{zations in the state, for distribution to tourists desiring the same. The a 
Comission considered this matter under the jurisdiction of the Secretary of | Jaa 
State; furthermore, Section 115-379, 0.C.L.A., prohibits the carrying of et 
stickers on windshields and/or windows of automobiles that are operated over 7 
the highways of this state. The Secretary was instructed to so inform the 
chamber of commerce. 


The Commission discussed briefly and ordered filed an opinion from 
the Attorney General dated August 25, 1941, concerning the meaning of several 
statutes, and the conduct of the Public Utilities Commissioner and the State : 
Highway Commission with respect to the administration and enforcement of cer- j 
tain statutes relating to the maximum load of motor vehicles. (See opinion 
in general files.) 


The Commission had under consideration approval of the payment of 
the final estimate to E. C. Hall Company, arising out of its contract lio. 2242 
with the Commission, for the lit. Hood Rock Production Project on the lit. Hood : 
and Wapinitia Highways, in Clackamas and Wasco Counties. The Secretary ex- 
plained that Mr. Hall subcontracted part of the work to Mr. H. L. Rice, who 
failed and left outstanding claims in excess of $3,000, and that Mr. Hall has 
arranged to take care of these claims. However, it has been the practice, 
for a long time, not to release the final payment in connection with any job, 
if the outstanding claims amount to 4 considerable sum, as in this instance. 
He further advised that he has received a letter from the surety on the bond 
furnished by E. C. Hall Company in connection with this job, consenting to the 
release of the final payment without prejudice to the bond. The Attorney ad- 
vised that the surety's letter is satisfactory, and that the Commission could 
approve payment of the final estimate if it so desires without incurring ob- 
ligation. The Commission thereupon approved release of the final warrant, 


Reconsideration was given by the Commission to the matter of per- 
mitting log hauling on state highways during Saturday afternoons and Sundays, 
heretofore prohibited. The ingineer recommended, in view of the apparent 
emergency. that exists, that hauling during such periods be authorized as a 
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Commission will grant them an extension of time to November 15 in which to 
vacate. The Engineer recommended approval of the request. The Commission 
approved the recommendation. 


Mr. Merrill then inquired as to what provision the Highway Commi s- 
sion has made for rebuilding the approach to the floating dock. He offered 
to sell the float to the Commission for the sum of $10,000. He pointed out 
that, if the Commission purchased the float, it would eliminate construction 
of the tunnel approach to the same. The Commission took the matter under ad- 
visement, and instructed the Engineer to contact Mr. Merrill some time during 
the following week with regard thereto. 


Consideration was given by the Commission to the matter of terminat- 
ing its lease of the Jim Ford property near Gardiner, which has been used as 
aC. C. C. camp site. The Parks Superintendent, who was present, explained 
that the lease expires on October 31, but he has been leaving the matter of 
the cancellation of the lease until the camp is abandoned. He further stated 
tnat the camp is no longer in operation, and recommended termination of the 
lease. The Commission approved the termination of the lease as soon as it is 
definitely determined that the property is no longer needed, 


The question whether or not to permit a Mrs. Mabel Stevens to main- 
tain a residence building on the right of way of the Lower Columbia River High- 
way, at a place known as Holbrook, had the attention of the Commission, The 
Attorney explained that in November, 1934, at the request of the Board of 
County Commissioners of Multnomah County, the Commission granted Mrs. Stevens 
the privilege of occupying the right of way with her building, because she was 
in destitute circumstances. However, the permit provided that she should va- 
cate the premises within 30 days from the date of receiving notice so to do 
from the State Highway Commission. He further advised that Mrs. Stevens no 
longer lives in the house, but leased it to other people, from whom she col- 
lects rent, and it appears to him that necessity for maintaining the house on 
the highway right of way no longer exists. He recommended that Mrs. Stevens 
be given notice to move the building off the state's property. After discus- 
sion the Commission approved the recommendation, and instructed the Attorney 
to serve such notice, and to give Mrs. Stevens 90 days within which to vacate 
the premises. 


The claim of Mrs. Eva Cade King of Marshfield for damage to her 
property, which resulted in connection with a highway improvement, was con- 
sidered by the Commission. The Attorney reported that iirs. King's property 
was damaged by reason of faulty drainage in connection with the highway in- 
provement, and that she has indicated a willingness to settle her claim for 
$600. He recommended settlement on that basis. The Commission approved the 
settlement, and ordered that, as a part of the settlement, Mrs. King be re- 
quired to sign a complete release. 


The Assistant Attorney brought up for discussion the claim of Mr, 
Charles R. Cooley for damages to his property adjacent to the Pacific Highway 
south of Grants Pass, which he alleged resulted from the. reconstruction of the 


The Commission discussed an opinion from the Attorney relative to 
the necessity for log haulers to furnish excess public liability and property 
damage insurance as a prerequisite to the securing of permits for the trans- 
portation over state highways of loads of logs, poles or piling, the overall 
length of which exceeds the statutory length limits. According to such opin- 
ion the members of the Highway Commission are amply protected by law without 
such excess insurance. In view thereof the Secretary was authorized and in- 
structed by the Commission to discontinue the practice of requiring such ex- 
cess insurance, provided the log hauler has already furnished insurance in 
the amounts required by the Public Utilities Commissioner. 


The Commission discussed a date for its inspection trip into Baker, 
Union and Wallowa Counties, and decided to make such trip during the last 
week in October, starting on Wednesday, October 29, 1941. 


A letter was presented from County Judge Wm. 0. Powell, Yamhill 

County, inviting the members of the Commission to be the guests of the Yamhill 
County Court and representatives of several city chambers of commerce, on a 
joint inspection of a proposed road extending from Carlton to Tillamook, which 
inspection is tentatively set for September 38, 1941. The members of the Conm- 
mission expressed regrets that it will not be possible for them to join the 
county court on this trip, and instructed the Secretary to convey the informa- 
tion to Judge Powell. 


The Commission considered and ordered filed a resolution from Wash- 
ington State Grange, favoring operation of bridges and ferries across the 
Columbia River by a joint comission representing the highway departments of 
the States of Oregon and Washington. 


Chairman Cabell reported numerous complaints from log haulers that 
the operations of the state highway department weighmasters are causing much 
unnecessary delay in log hauling operations. It was the Commssion's deci- 
sion that no change be made in the instructions to weighmasters heretofore 
approved until such time as the Commission knows definitely that the instruc- 
tions are too stringent. The Engineer was instructed to investigate condi- 
tions and report his findings. 


The Engineer reported that subsequent to the appearance of Mr. Hart 
before the Commission on the previous day, he consulted with Mr. Witchel, 
Chief Engineer of the Oregon Electric Railimy Company, relative to the in- 
stallation of the traffic signal at the railroad crossing in Beaverton, and 
among other things he inquired of Mr. Witchel whether or not the railroad 
company would agree, in the preparation of the next program for railroad 
crossing funds, to charging the Oregon Electric Railway Company's share of 
such funds an amount equal to the cost of the signal installation at Beaverton 
and Mr. Witchel agreed to such charge. He recommended, in view thereof, that 
the Commission install the signal at this time, advancing state funds to pay 
the costs involved. The Commission approved the recommendation. The Engineer 
was instructed to inform Mr. Hart of the Commission's decision. 


—— 
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trial proposition for 30 days on all highways except the Oregon Coast Highway 
between the Wolf Creek Highway junction and Cannon Beach. The Commission ap- 
proved the recommendation, subject to the condition that the privilege will 

be cancelled in the event there is strong opposition from the general public 

to log hauling during such periods. In the event public opinion is not ad- 
verse to such arrangement, the Commission will consider extending the privilege 
after the 30-day period expires. It was also understood that each application 
for the privilege should be considered individually and that the 30-day trial 
period in each instance will start when the applicant's request is received 
and approved. 


This action of the Commission was conveyed to Mr. Ormond R. Bean, 
Public Utilities Commissioner, by telephone, and received his approval. The 
Secretary was instructed to forward to Mr. Bean all applications received for 
such privilege with recommendation that the P.U.C. permits be amended accord- 


ingly. 


> ® A request was presented from the Coos Bay Dredging Company for a 
’ permit authorizing the moving of a large tank,14 feet high and 44 feet in 

diameter, directly across the Oregon Coast Highway between Marshfield and 

: North Bend. They advised that the movement would take about one hour's time, 
and that the tank will have to be moved some time, in order to accommodate 
the proposed highway improvement at this place, the tank being now located on 
property that will be needed as right of way for such highway improvement. 
The Gommission approved the request, subject to the condition that the 
highway travel is not completely stopped during the time that the highway is 
occupied by the tank; that a suitable detour is provided; and that the com- 
pany will furnish the customary insurance and will take all necessary precau- 
tions to safeguard the traffic. 


The Cormission also discussed an application of Mr. H. A. Dowd, Al- 
bany, for authority to transport logs over a one-mile section of the Corvallis- 
Rast Side Secondary Fighway, just out of Albany, which operations are now pro~ 
hibited on this highway. The Engineer recommended the granting of the request 
is subject to the condition that a flagman is maintained at the railroad crossing 
| 3 at all times when log hauling activities are under way. He explained that 
such requirement is necessary, because the railroad is several feet higher 
than the highway, and the view of traffic along the highway is obscured at the 
point where Mr. Dowd proposes to construct his approach road to the mill. It 
was his thought that the flagman at the railroad crossing should be maintained 
in order to safeguard other traffic and to avoid the occurrence of accidents. 
The Commission approved the granting of the permit, subject to the conditions 
as recommended by the Engineer. 


The Commission considered an inquiry from a Mr. C. &. Powell as to 
when he will be permitted to resume log hauling operations on the Wilson Riv- 
er Highway. The Secretary was instructed to inform Mr. Powell that he will 
be permitted to haul logs over this highway when the highway has been opened 
for general public use. 
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Proposed park site at Bandon Reach, Coos County:- The Parks 
Suverintendent reported an offer from E. G. Opperman, Coquille, to 
deed to the state 3.83 acres overlooking the ocean at Bandon. The 
Commission deferred action on this matter, in view of the fact that 
the purchase of another tract at Bradley Lake, about three miles 
south of the Opperman property, is being considered. 


Addition to Ecola State Park, Clatsop County:- The Parks Super- 
intendent inquired as to the wishes of the Commission with respect 
to the purchase of certain property from Mr. John Yeon, Portland, 
at Chapman Point, which property contains twelve acres, and for 
which Mr. Yeon is asking the sum of $8,175.37. He pointed out that 
if the Commission purchased this property, it would also have to 
purchase additional properties, in order to round out the park. He 
also pointed out that the "Point" is slowly being washed away by 
ocean-wave action. The Commission gave careful consideration to 
this purchase, and decided that it would be unwise to acquire the 
property at this time. 


The Commission discussed a letter from Mr. Carl Ewing, Forest Super- 
visor, Umatilla National Forest, relative to the widening of the Weston-Elgin 
Secondary State Highway at a place known as Spout Springs, so as to provide 
parking space for automobiles during the winter skiing season. Mr. Ewing ad- 
vised that it would be impossible for the Forest Service to construct a park- 
ing area anywhere off the highway right of way near the lodge, because it 
would rob the gentle ski slope near the highway of considerable of its value 
for the use of people who are just learning how to ski, and who are in the 
majority. Furthermore, it is doubtful that there is sufficient room to de- 
velop a parking area large enough to accommodate future needs within a reason- 
able distance of the ski lodge. He gave as his opinion that the only feasible 
solution of the problem is the widening of the highway itself. He urged the 
Commission to reconsider its previous decision relative to the widening of 
the highway right of way and removal of snow therefrom, for the benefit of 
winter sports enthusiasts. The matter was referred to the Engineer for fur- 
ther investigation and report. 


Chairman Cabell brought up for discussion the matter of securing 
priority preference rating for highway construction work in accordance with 
the rulings of the "0.P.M! (Office of Production Management). It was pointed 
out in the discussion that procedure has been established whereby priority 
preference ratings may be obtained for certain classes of highway construction 
projects, and that the ratings are not of the "blanket" type and must be ap- 
nlied for and assigned separately for each project; further, that applications 
for preference ratings must be made by the State Highway Department, and must 
be submitted to the 0..P. M. through the Public Roads Administration; other- 
wise they will not be accepted; furthermore highway contractors must make 
their applications through the State Highway Department for each individual 
purchase of materials that cannot be obtained without a preference rating. 

In view of this information, the Commission authorized and instructed the 
Engineer to notify all contractors on state highway work of the facts, and 
to file applications for preference ratings expeditiously, so as to avoid 


unnecessary delays in the performance of work. 
7 1 JAa7T 
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The State Parks Superintendent was present and reported on the fol- 
lowing park matters: 


Proposed park property along the Columbia River Highway between 
Mitchell Point Tunnel and Viento:- The Parks Superintendent advised 
that this property consists of 155 acres situate in Section 35, Town- 
ship 3 North, Range 9 East, W. M., Hood Hiver County, and that his 
only interest is in securing wayside strips through the same. . He 
pointed out, however, that the Commission will need some of the prop- 
erty for right of way for a proposed revision of the highway. It was 
his thought that the entire holding should be acquired if it can be 
purchased at a reasonable cost. The Commission authorized the Attor- 
ney to negotiate with the owners for the property. 


Right of way for proposed highway between Cannon Beach and Wolf 
Creek Highway junction:— The Parks Superintendent suggested that, 
when new right of way for the Oregon Coast Highway between these 
j points is acquired, it would be advisable for the right of way agents 
to negotiate for the acquisition of wayside strips as well as for the 
right of way, so as to protect the standing timber on such strips. 

; The Commission approved the suggestion and so ordered. 


Proposed park site adjacent to Upper Columbia River Highway be- 
tween milepost 55 and milepost 56:- The Parks Superintendent advised j 
that this property has several owners, part of it being owned by Mrs. 
Ruby Wells Mead, and part by Russell, Carter and Mrs, Anna Kvavle and 
the Berkenfeld Lumber Company. The Kvavles, he said, are asking 375 
per acre for their property, consisting of 23 acres, or a total of 
$1,725, and he has already secured options from them on that basis. 
He further advised that he has not yet heard from the Berkenfeld Lum- 
ber Company, although he believes there is a possibility that the 
company will present their property to the state as a gift. As to 
j the Mead property, he said he has been unable to secure a satisfac- 
tory quotation, but he is still negotiating and hopes to be able to 
render a full report on all properties at the next meeting. 


: 
: 


Disfigurement of pioneer monument at Talbot State Park:- The 
Parks Superintendent advised that several women of Portland, whose 
names are known to him, have scratched their names on this monument, 
disfiguring the same. He inquired whether or not he should take 
legal action against these women. The Commission decided not to 
take such action at this time. 


Proposed wayside park area adjacent to Mt. Hood Iiighway, in Hood 
River County:- The Parks Superintendent advised that the Commission 
some time ago authorized him to purchase from the county a certain 
parcel of land adjacent to this highway, particularly on the Booth 
Hill Section; however, when he contacted the county court, he ascer- 
tained that the tract had been sold at a tax sale, and this report 
is simply to inform the Commission of the status of the matter. The 
Comaission took ne-dattion. 
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M. C. Lininger & Sons, contract No. 2411, for the Kerby Rock 
Production Project on the Oregon Caves and Redwood Highways, in 
Josephine County, requested an extension of time of 60 days, from 
May 31 to July 30, 1941, within which to complete this project. 
They gave no reason for failure to complete the project within the 
specified time limit. The Engineer advised that there was Some de- 
lay in the awarding of the contract, and the contractor lost some 
time by reason of high water. Also, that the public was not incon- 
venienced by failure of the contractor to complete the contract 
within the specified time, and the state has not incurred any ex- 
pense for extra engineering supervision. He recommended that the 
extension of time requested be granted without penalty. The Com- 
mission approved the recommendation. 


Birkemeier & Saremal, contract No. 2452, for installing new ex- 
pansion plates on the Interstate Bridge, between Portland and Van- 
couver, Washington, on the Pacific Highway, Multnomah County, re- 
quested an extension of time of 31 days, from June 30 to July 31, 
1941, within which to complete this job. They attributed their 
failure to complete the project within the specified time limit, to 
extra work which they were required to perform. The Engineer ad- 
vised that the reason given by the contractor for failure to com- 
plete the project within the specified time limit is correct. He 
recommended that the extension of time requested be granted without 
penalty. The Commission approved the recommendation. 


The Engineer reported that contracts Nos. 2320, 2327, 2379, 2387, 
2392, 2402, 2411, 2418, 2423, 2429, 2430, 2439, 2452, and 2456, for construc- 
tion of state highway projects, have been completed according to the terms of 
the contracts or modifications thereof, and that said jobs are now ready for 
acceptance. The following resolution accepting the above projects was offered 
and was adopted by the unanimous vote of the Commission: 


WHEREAS, the Engineer has reported that the following 
State Highway Commission contracts for the construction of state 
highway projects have been completed according to tre terms and 
provisions of the contracts, and said jobs are now ready for ac- 
ceptance : 


Contract No. 2320, with General Construction Company, 
for embankment construction and culvert pipe installation 
on the Troutdale-Dodson Section of the Columbia River High- 
way in Multnomah County, completed on August 6, 1941. 


Contract No. 2327, with Kern & Kibbe, for grading, 
tunnel excavation, lining and paving on the Sunset Tunnel 
Section of the Wolf Creek Highway in Washington County, 
completed on August 19, 1941. 
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Chairman Cabell also brought up for discussion matters pertaining 
to the Morrison Street Bridge remodeling work necessitated by the construc- 
tion of the Front Avenue Project, Portland, and particularly the question 
whether or not to allow the contractor to proceed with the work until the 
materials are on hand, It was the Commission's decision that the contractor 
should do no work whatsoever until the steel required for the project has 
been assembled and is either on the bridge premises or has at least been de- 
livered to Portland. It was also decided that this project should be a "two- 
shift" job. 


The question then arose whether or not to permit the closing of the 
bridge to traffic during the Christmas holiday season. The Commission consid- 
ered it important that the bridge be not closed during such period, because of 
the extremely heavy volume of traffic that would use the bridge at such time. 
The Engineer was instructed by the Commission to try to work out a solution 
for the problem. 


Consideration was given by the Commission to the following requests 
for extensions of time within which to complete highway construction projects: 


Colonial Construction Company, contract No. 2392, for construc- 
tion of a viaduct and masonry walls on the Minam Hill Section of the 
Wallowa Lake Highway, in Union County, requested an extension of time 
of fifteen days, from July 31 to August 15, 1941, within which to com- 
plete this job. It attributed its failure to complete the project 
within the specified time limit to adverse weather conditions, and 
difficulty in securing skilled labor, particularly carpenters and 
stone masons. The Engineer advised that this contract was awarded 
on November 13, 1940, but work on the structure was not commenced 
until February 18, 1941; further, that, in his estimation, the con- 
tract could have been completed within the specified time limit had 
the work been started sooner. He recommended,in view thereof, that 
the extension of time requested be granted, but that the contractor 
be required to reimburse the state for extra engineering expense in- 
curred subsequent to the specified completion date. A letter was 
gp mn from the Public Roads Administration concurring therein. 

e Commission approved the recommendation. 

Averill & Corbin, contract No. 2403, for construction of the 
Goose Rock Bridge over the John Day River, on the John Day Highway, 
Grant County, requested an extension of time of 60 days, from August 
31 to October 31, 1941, within which to complete this job. They at- 
tributed their failure to complete the project within the specified 
time limit to adverse weather conditions and high water in the John 
Day River, which prevented excavations at pier #3, in the middle of 
the channel. The situation was further aggravated by a cloudburst, 
which washed out a coffer dam and cribbing. The Engincer advised 
that the reasons given by the contractor for failure to complete the 
project within the specified time limit are correct. He recommended 
the granting of the extension of time requested without penalty. A 
letter was presented from the Public Roads Administration concurring 
therein. The Commission approved the recommendation. 
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Contract lio. 2456, with Babler Brothers, for placing 
pier protection for swing span pier for the bridge over 
the Willamette River at Corvallis, in Benton vounty, com 
pleted July 26, 1941. 


THEREFORE, BE IT RESOLVED that the work covered by said 
state highway contracts for the construction of said state highway 
projects be declared completed according to the terms of the re- 
spective contracts, and said jobs are hereby accepted and final 
payment in connection with each is hereby authorized. 


The Commission considered and signed agreements, et cetera, as fol- 
lows : 


Foreword for use by Attorney in connection with his compila- 
tion of the Oregon Road Laws. 


Agreement with University of Oregon and the Eugene Power Com- 
pany pertaining to the proposed highway improvement between Eugene 
and Springfield. 


Agreement with University of Oregon re Eugene-Springfield Proj- 
ect. 


Agreement with Ray Fromm covering grazing of sheep in Humbug 
Mountain State Park. 


Agreement with Ace Turner covering grazing of sheep in Humbug 
Mountain State Park. 


Stipulation with the United States of America with respect to 
a hauling road from "Route F" Highway to the state quarry located 
on lands known as the Fisher Tract, in Lane County. 

Bargain and sale deed conveying unto Cecil Mestretti 7,992 
square feet of land in lots 10 and 11, Block "M" Reservation Addi- 
tion to Pendleton. (Right of way file 3866) 


There being no further business to come before the Commission at 
this time the ~eeting was adjourned at 4:45 p. m 


Nema ¥ Col LU 


State Highway Engineer Chairman 
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Contract No. 2379, with K. L. Goulter, for embanknent 
topping and slope protection on the Troutdale-Oneonta Sec- 
tion of the Columbia River Highway, in Multnomah County, 
completed on August 30, 1941. 


Contract No. 2387, with J. F. Johnston, for work on 
the Nashville Bridge Section of the Eddyville-Blodgett 
Secondary Highway in Lincoln County, completed on July 23, 
1941. 


Contract No. 2392, with Colonial Construction Company, 
for construction of the Minam Hill Viaduct on the Wallowa Lake 
Highway, in Union County, completed on August 14, 1941. 


Contract No. 2402, with C. J. Eldon, for work on the 
Davies Grade Separation Project, in Washington County, com- 
pleted on August 27, 1941. 


Contract Ho. 2411,.with M. C. Lininger & Son, for fur- 
nishing 11,700 cubic yards of crushed gravel in stockpile 
on the Kerby Section of the Redwood and Oregon Caves High- 
ways, in Josephine County, completed on July 15, 1941. 


Contract No. 2418, with Dimitre Electric Company, for 
furnishing electrical work on the Interstate Bridge at 
Portland, in Multnomah County, completed on August 16, 1941. 


Contract to. 2423, with A. S. Wallace, for furnishing 
10,000 cubic yards of crushed materials in stockpile on the 
Bear Creek-Coos Junction Section of the Coos Bay-Roseburg 
Highway, in Douglas County, completed on July 22, 1941. 


Contract No. 2429, with Leonard & Slate, for grading, 
bituminous macadam surfacing and bridge construction on the 
Ramsay-Blalock Section of the Columbia River Highway in Gil- 
liam County, completed on August 13, 1941. 


Contract No. 2430, with Leqnard & Slate, for grading, 
bituminous macadam surfacing and widening bridge on the 
Quinton-Ramsay Section of the Columbia River Highway, in 
Gilliam County, completed on August 18, 1941. 


Contract Mo. 2439, with R. 0. Dail and Warren Bros., 
for grading, surfacing and oiling the Jones Hill-Lena Sec- 
tion of the Heppner Highway, in Morrow County, completed 
on August 12, 1941. 


Contract No. 2452, with Birkemeier & Saremal, for re- 
placirg 2xpansion plates on the Interstate Bridge, in Mult- 
nomah County, completed July 31, 1941. 
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JOHN DAY HIGHWAY 
CONDON-SERVICE CREEK ROCK PRODUCTION 


F. R. Hewett $19 , 750.00 
Rogers Construction Company 25,200.00 
A, H. Saxton & Son 26,040.00 
C. Je Eldon 35,590.00 
VicNutt Bros. 38,770.00 

40,384.00 


Western Construction Company 


EUGENE-SWISSHOME SEVONDARY HIGHWAY 
FISHER ROAD-OAK HILL SECTION - GRADING, SURFACING AND OILING 


Using Asphalt Using Tar 


Rogers Construction Company $40, 739.00 - - 
A. T. Dolan - - $43,002.00 ae 
McNutt Bros. 43,321.50 43,325.50 


SANTIAM JUNCTION PATROL STATION 
CONSTRUCTION OF TWO EMPLOYEE CABINS 


Blair T. Alderman $7,934.00 
Tri-State Construction Company 10,367.08 
12,426.50 


Edwin E. Batterman 


JOHN DAY HIGHWAY 
BROGAN-JAMIESON SECTION - GRADING, SURFACING AND OILING 


Triangle Construction Company $69 , 600.00 
Henry L. Horn 73,625.00 
Jacobsen-Jensen Company 78,146.50 
Leonard & Slate 79,575.00 

85,773.00 


McNutt Bros. 


PACIFIC HIGHWAY EAST 
ILLAHEE-STEIWER HILL SECTION - GRADING AND PAVING 


Using Asp halt Using Tar 


$158,923.50 - - 
161,323.50 ——— 
- $172,340.00 


E. C, Hall Company 
Jacobsen-Jensen Company 
Porter W. Yett 


PACIFIC HIGHWAY EAST 
INTERSTATE BRIDGE-ORTGON SLOUGH BRIDGE SECTION - ROADBED WIDENING 


Logan & Taylor, Inc. $3 997,00 
Jacobsen-Jensen Company 4,385.00 
4,400.50 


Porter W. Yett 
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Portland, Oregon, October 16, 1941 


The State Highway Commission met in regular session at 9:00 a. m. in 
the auditorium of the Public Service Building. Present were: 


Henry F. Cabell, Chairman 

Huron W. Clough, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


Commissioner Herman Oliver was excused from attending tiis meeting. 


Bids as follows for highway construction projects, removal of build- 
ings from right of way in East Portland, sale of scrap steel rails at Portland, 
and sale of Ox~Yoke Service Station north of Grants Pass, were opened and read 
in conformance with previously published notices, following which Chairman 
Cabell announced that the award of contracts, et cetera, would be made at 3:00 
p. m. in the same room: 


WOLF CREEK HIGHWAY 
NECANICUM JUNCTION-SUNSET CAMP ROCK PRODUCTION 


A. S. Wallace $31,770.00 
E. C. Hall Company 33,830.00 
Babler Bros. 34,985.00 
A. T. Dolan 35,240.00 
Rogers Construction Company 38,350.00 


MCKENZIE HIGHWAY 
BELKNAP SPRINGS-FOURMILE BUTTE ROCK PRODUCTION 


No bids received on this project 


WASCO-HEPPINER SECONDARY HIGHWAY 
CONDON-MORROW COUNTY LINE SECTION - SURFACING AND OILING 


F. R. Hewett $63,855.00 
R. 0. Dail and Warren Bros. 72,256.00 
J. C. Compton 73,976.00 
Rogers Construction Company 74,230.00 
Babler Bros. 74,415.00 
C. J. Eldon 76,515.00 
Western Construction Company 85,012.00 
McNutt Bros. 100,030.00 
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2. Flagmen shall be furnished by permittee to stop and 
warn other traffic at all points where logging equipment, either 
loaded or empty, enters upon and/or turns off the said highways. 

Said flagmen shall be equipped with red lanterns or other approved 
signaling devices properly and effectively to stop and warn approach- 
ing traffic of danger. Said flagmen shall be stationed on the high- 
way at points approximately 300 feet on each side of the said point 
of entrance or exit, as the case may be, and shall be maintained at 
such locations at all times while log hauling operations are under 
way. 


3. The truck hauling of logs on state highways, during 
periods of darkness, is limited to the hours between 12:01 a. m. 
(midnight) and 8:00 p. m. of the same day, No log hauling whatsoever 
shall be carried on between 3:00 p. m. on any Saturday and 6:00 a. m. 
on the following Sunday, nor between 3:00 p. m. on any Sunday and 
6:00 a. m. on the following Monday; furthermore, no log hauling 
shall be permitted on any of the holidays hereinafter mentioned, nor 
between 12:01 a. m. and 6:00 a. m. on the day following the holiday. 
When the holiday falls on Sunday the following Monday shall be con- 
sidered an additional holiday, and the prohibited period shall ex- 
tend from 8:00 p. m. on the previous Saturday to 6:00 a. m. on the 
following Tuesday. The holidays. to be observed are; January lst, 
May 30th, July 4th, Labor Day, November 11th, December 25th, and 
any holiday designated by the President of the United States of 
America or by the Governor of the State of Oregon. 


4. Permittee shall be held responsible and liable for 
any and all injury or damage to any highway or to any highway struc- 
ture, occasioned by the transportation of logs over said roads, and 
he hereby agrees to reimburse the State Highway Commission for the 
cost or expense of repairing any such injury or damage, such reim- 
bursement to be made within ten days after being billed for the same 
by the State Highway Commission. 


5, The violation of any one of the provisions of this 
permit as hereinabove set forth shall be considered sufficient cause 
for the immediate suspension or cancellation of the permit under 
which the equinment involved is being operated. 


6. The actual transportation of logs over the highways 
mentioned herein shall be construed as acceptance by permittee of 
the provisions of this permit. 


7, The special privileges herein authorized do not apply 
to the section of the Oregon Coast Highway between Arch Cape Tunnel 
and Wolf Creek Highway junction. 


The authority above granted shall expire without limitation 
or further notice on Monday, June 1, 1942. 
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SALMON RIVER HIGHWAY 
ROGUE RIVER BRIDGE NEAR GRAND RONDE 


J. F. Johnston $8,517.00 
C. W. Reeve 8,729,400 
Harry I. Hamilton 8,933.00 
Joelson & Amens 9,938.50 
Babler Bros. 10,004.00 | 
C. J. Eldon 10,883.20 | 
Frank Watt Construction Company 11,907.00 
McNutt Bros. 12,965.00 


BUILDING REMOVAL 


Wreck and remove one frame building and one concrete building at 101 S.E. 
Union Avenue, East Portland. 


Shipyard Wood Company %400,00 
Sullivan Wrecking & Salvage Company 832.00 


SCRAP STDEL RAILS, AT PORTLAND 


Ye Se eee ee 


Zidell-Steinberg Company $1,632.40 
Alaska Junk Company 1,292.20 é 
Crawford & Doherty Foundry Company 1,213.80 
OX-YOKE SERVICE STATION, NORTH OF GRANTS PASS 
Kenneth Dodd $526.00 


Mr. Ormond R. Bean, Public Utilities Commissioner of Oregon, and Mr. 
A. F. Yarvey, Superintendent of liotor Transportation, came before the Commis- 
sion in regard to continuation of the temporary privilege heretofore granted 
log haulers, to truck-haul logs over state highways on Saturday afternoons, 
Sundays, and during hours of darkness. After full discussion of this matter 
the Highway Commission decided to extend the privilege to June l, 1942, except 
as to the Oregon Coast Highway between Arch Cape Tunnel and the junction of 
the Oregon Goast Highway with the Wolf Creek Highway, it appearing that only 
one corfplaint had been received objecting to the hauling of logs during such 
restricted periods. The Secretary was instructed to forward a formal recom- 
mendation to the Public Utilities Commissioner covering this matter, such rec- 
ommendation to include the following rules and regulations, as an amendment 
to the rules adopted on July 24, 1941: 


1. The speed of the movement shall not exceed fifteen (15) 
miles per hour on all sharp curves and narrow bridges. Except as 
herein limited the statutory speed restrictions shall control. | 


| 
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cover over the existing structure were removed. The Engineer advised that 
this could be done at small cost. The Commission thereupon authorized such , 
remodeling work. 3 


Judge Woods also asked for the non-skidding of the Netarts Sec- 
ondary Highway throughout its entire length. He urged that the work be ba 
done next summer when conditions are satisfactory. The Commission took the Ne 
matter under advisement. Ue 


He also brought up for discussion the matter of revising the Oregon | eH 
Coast Highway south of Tillamook, which involves a change to avoid the pro- vhs 
posed Tillamook airport. The Engineer advised that a location survey of the 3 
section south of Tillamook was made some time ago by Chief Locating Engineer 
H. We Libby. He exhibited a map showing the proposed alignment and recommend- 
ed its adoption. He pointed out that it could be constructed in increments 
as funds are available. The Commission approved the "Libby" line as recom 
mended by the Engineer. The Engineer then requested authority to set survey 
stakes along the proposed line. Such request was granted. He also requested 
authority for the right-of-way department to secure cptions for needed right 
of way between Tillamook city limits and a place known as Pleasant Valley. 
The Commission also approved such request. 


The County Court also inquired as to the vlans of the Highway Com- 
mission to rebuild a section of the Oregon Coast Highway between the town of 
Cannon Beach and the Wolf Creek Highway Junction. The Engineer explained that 
the Commission now has under advisement a W.P.A. project for clearing and grub- 
bing on the proposed alignment and for the installation of drainage facilities. 
The Commission thereupon reviewed the details of the project, which is esti- 
nated to cost $456,364, of which amount 25 per cent, or approximately $114,280, 
represents the state's contribution as sponsor. The Commission approved the 
project and authorized the Engineer to sign the application for the same and 
forward it to the Work Projects Administrator of Oregon. 


Judge Woods also brought up for discussion the matter of payment of 
Tillamook County's share of reconstructing the Johnson Bridge over the Trask =q 
River on the Fairview-Clements Corner County Road. He recalled that Tillamook bs 
County is obligated to contribute $7,000 toward the cost of such work, such 1% 
amount to be paid by the Secretary of State out of the cowity's share of the 
1942 gasoline tax funds. He asked the Cormission to defer the payment of such 
amount until after July, 1942, which would be an accommodation to the county. 
The Commission approved the request. The Secretary was instructed to notify 
the Secretary of State of the action taken after it is known definitely the 
actual amount that Tillamock County is to contribute. 


4, 

4 

Mr. Anderson requested improvements to the Little Nestucca Secondary 4] 

Highway. He also asked the Commission to designate as a secondary state high- | 
way the county road known as the Sand Lake Road. The Engineer was instructea 


to have Maintenance Engineer Bishop and Assistant Office Engineer Cutler in- 
vestigate the Little Nestucca Road and ascertain just what has to be done to 
put it in passable condition. No action was taken by the Commission on the 
request for the designation of the Sand Lake Road as a state secondary highway. 
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The Public Utilities Commissioner advised that upon receipt of such rules and 
regulations he would mail a copy of the same to each special carrier as an 
amendment to the special carrier's permit. 


The question whether or not to permit loads in excess of 50 feet 
overall in length to be transported over state highways during hours of dark- 
ness was also discussed, The Engineer gave as his thought that the geometric 
design of the highway should control this feature. The matter was referred 
by the Commission to the Engineer and the Secretary for a decision. (The En- 
gineer advised later that it would be satisfactory to allow overlength loads 
to be transported over state highways during hours of darkness provided the 
operations are covered by the same rules and regulations that cover such move- 
ments during daylight hours, and provided the vehicles are legally lighted.) 


County Commissiones W. J. Holland and Allen P. Wheeler of Lane Coun- 
ty were present and inquired whether or not the Commission expects to award 
the contract for the Fisher Road-Oak Hill Project on the Eugene-Swisshome Sec- 
ondary Highway, bids for which were taken at this meeting. They were informed 
that the low bid received for this project is considerably in excess of the 
estimated cost of the job so it will be necessary to reject it unless the Com- 
iission changes its policy with respect to such matters, which it is not in- 
clined to do at this time; further, possibilities are that the work could not 
be done until next year. Mr. Holland then pointed out that the road is in bad 
condition where it crosses the Southern Pacific railroad tracks, It was his 
thought that the necessary improvements could be made by a state maintenance 
crew at small cost. The Engineer was instructed to investigate the condition 
and have it remedied as a minor betterment project if it is not too costly. 


The Tillamook County Court, consisting of County Judge Harland M. 
Woods and County Commissioners E. H. Lindsey and E. G. Anderson, was present 
and presented several projects. They were accompanied by Mr. John Aschin, 
Secretary of the Tillamook Chamber of Commerce. Judge Woods was spokesman. 
He asked for a new bridge on the Wilson River Highway to replace an existing, 
narrow, temporary structure at a place known as Camp One. The Engineer ad- 
vised that this bridge should be replaced at the earliest possible time, and 
recommended approval of the project as soon as funds can be spared to finance 
it. The Commission indicated approval of the recommendation, but took no def- 
inite action. 


Judge Woods also asked for the straightening of the Wilson River 
Highway between Mills Bridge and Tillamook. No action was taken by the Com- 
mission on this request. 


Ye also asked for a new bridge over the Trask River on the Netarts 
Secondary Highway just out of Tillamook, to replace the existing covered 
bridge which is in very bad condition and is posted for ten-ton loads. In the 
discussion of this matter it was pointed out that one of the serious object- 
tions is the narrowmess of the bridge, and the short sight distance that ob- 
tains for one passing over it. Mr. Lindsey suggested, if the Commission could 
not see its way clear to construct a new bridge, that it would help if the 
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county court in which notification is given to the public that the county 
court, on November 10, 1941, intends to make an order relative to right of 
way for such proposed improvement. He assured the Commission that all of 
the right of way would be acquired by the time that the Commission is ready 
to construct. The Commission took the matter under advisement. 


Senator F. M. Franeciscovich reappeared before the Commission rel- 
ative to the penalty that is imposed on log haulers for overloading their 
trucks. He said that the present penalty of five days for the first offense, 
ten days for the second offense, and fifteen days for the third offense, in 
his estimation, is too severe in view of the fact that when a truck is sus- 
pended there is absolutely no way to replace it on the job. He suggested a 
reduction in the penalty to three days for the first offense, six days for 
the second offense, and nine days for the third offense, and gave as his 
thought. that such reduced penalty, during present times, is just as severe 
as was the five-day penalty a few years ago. The Commission concurred, and 
thereupon adopted the suggestion. The Secretary was instructed to put the 
change into effect immediately. 


The Commission discussed a letter from Resident Engineer A. G.John- 
son relative to the transfer of Vernon R. Thorp from his enginzering party 
to that of Locating Engineer J. F. Waller at Maupin. It appears that Mr. 
Thorp lives in an apartment in Portland and, upon receipt of notice of his 
transfer, endeavored to vacate the apartment but was not allowed to leave the 
premises until he had paid the manager of the apartment the sum of 432.50 for 
one month's rent and $3.50 for cleaning up the apartment after he had left. 
The question arose whether or not the state would take care of this item. The 
Engineer recommended against the payment of the amount. He sugzested, however, 
that the matter might be taken care of satisfactorily by deferring the trans- 
for of lr. Thorp a sufficient length of time to enable him to give the manap~ 
er of the apartment thirty-days' notice of his moving. The Commission ap- 
proved the suggestion. 


The Commission adjourned at 12:00 noon and reconvened at 1:30 p. 
jn the same room with the same persons present and participating. 


The Engineer brought u» for discussion the matter of increasing the 
1942 betterment budgets for primary and secondary highways. He advised that, 
since the budgets were approved by the Commission last fall, additional minor 
betterments for construction work have been authorized totaling $149,403, of 
which amount $103,347 is for primary minor bettoerments and $46,056 is for sec- 
ondary minor betterments. He asked the Commission to approve budget increases 
in such amounts and submitted a list of the projects making uo the totals. 
(See list attached to letter dated September 20, 1941, from Maintenance Engi- 
neer J. N. Bishop to R. H. Baldock, Chief Engineer.) After discussion and 
careful consideration of the yarious items, the Commission approved the re- 
quest by unanimous vote. 


me Engineer brought up for discussion the proposed improvement of 
West First Street North in Ontario. He advised that the cost to improve the 
entire section from Fourth Avenue to a connection with the present highway at 
the north city limits, including a one-block section on Idaho Avenue connecting 
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The Honorable J. D. Perry, Deer Island, headed a delegation which cor- 
sisted of the following: C. J. Miller, V. L. Shepard, E. A. Brett, Charles T. 
Bross, Tom Morris, Wn. Reice, G. 0. Clement, C. R. Hallberg, Wilbur J. Smith, 
Fred McKinley, A. S. May and Fred N. Mallom. He advised that there is now pend- 
ing in Congress a bill which would authorize the federal government to acquire 
the Longview Bridge over the Columbia River and operate the same as a toll-free 
bridge, and that their purpose in coming before the Commission at this time is 
simply to ask the Commission to assist them in securing the passage of such 
legislation. Chairman Cabell advised that the engineers of the Oregon State 
Highway Devartment are now making a joint survey of prospective bridge sites 
along the Columbia River in conjunction with engineers of the Washington High- 
way Department and will be pleased to give due consideration to the Longview 
Bridge in such study; further, that it was his hope that it would not be nec- 
essary for the Commission to take a definite stand with respect to any parti- 
cular bridge or bridge site until this survey was completed. .Mr. Perry stated 
that haste in the matter is urgent. Chairman Cabell replied that, while the 
Corimission is not in position to make a definite statement at this time, it 
will give the matter serious consideration and will discuss it at the November 
meeting of the Commission when all Commissioners are present, following which 
ur. Perry will be advised of the action taken. 


The Honorable F. M. Franciscovich, Astoria, came before the Comnis- 
sion in regard to the application of a Mr. Reed Holding to transport truck 
loads of logs 62 feet overall in length over 4 five-mile section of the Wolf 
Creek Wighway, immediately west of the Nehalem River crossing, involving a 
crossing of the highway at the east end of the bridge where a connection is 
made to the county road leading to Jewell. He said that Hr, Holding wants to 
eliminate every possible hazard to Wolf Creek Highway traffic and to that end 
is willing to grade a suitable approach from the county road to the highway 
at his own cost and expense if the Commission will allow him to do it, which 
wo.ld avoid a turnaround near the east end of the bridge requiring two cross- 
ings of the highway, and in the meantime he is asking the privilege to haul 
logs in the best possible manner under existing conditions, but will maintain 
two flagmen at the east end of the bridge where he is obliged to cross the 
highway twice in making the turn. The Engineer recommended approval of Mr. 
Holding's proposition, and that the rocking and oiling of the approach be- 
tween the two roads be accomplished at state expense when ir. Holding has com- 
pleted the grading work. The Commission approved the recomnendation. 


The Commission also approved the truckhauling of overlength loads 
of logs over the Wolf Creek Highway, subject to the condition that two flagmen 
are maintained on the highway at points where crossings are made at the east 
nd of the Nehalem River Bridge, until such time as Mr. Holding's road connec- 
tion is completed. 


lir. H. B. Roadman, County Commissioncr, Douglas County, and ir. W. C. 
Harding, former secretary of the Roseburg Chamber of Commerce, were present and 
urced the Commission to continue the improvement of the North Umpqua county 
road from the end of the present improved section to a place known as Glide, 
particularly the grading of the section, which they estimate would cost approx- 
jaately 960,000. Mr. Roadman presented a copy of a resolution adopted by the 
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bridge was constructed across the South Umpqua River and there now exists a 
strip of land between the old highway and the new highway, but no roadway 

was constructed between the old and the new location of the highway so under 
present conditions Mr, Rice is obliged to take a round-about course from his 
premises to the new highway to which he objects strenuously. The Attorney 
advised that the Highway Commission has an obligation to Mr. Rice because he 
had a satisfactory outlet from his premises before the highway was rebuilt. 
However, there is a question as to ownership of this roadway, because it seems 
that it is on land owned by a Mr. Coon. The Engineer gave as his thought that 
it would be umwise to build an approach to the new highway at the location de- 
sired by Mr. Rice because it would introduce an unnecessary hazard to the 
traveling public, the roadway being too near the bridge. After discussion the 
Commission referred the matter back to the Attorney for a review of the facts 
of the case and to determine definitely whether or not the Highway Commission 
has an obligation to lr. Rice and, if the Commission has such obligation, then 
to ascertain the ownership of the lands across which the roadway must be con- 
structed and whether or not it would be possible to secure right of access to 
the highway across such lands. 


ur. W. H. Fitzgerald, attorney, Portland, came before the Comnis- 
sion in regard to the claim of Mrs. Anna Suran, who was injured when she 
stepped through the grate of a drainage inlet adjacent to the Columbia River 
Highway near Oneonta Gorge. Mr. Fitzgerald inquired whether or not the Conm- 
mission had approved this claim which amounts to 367.50. He was informed by 
Chairman Cabell that the Commission's liability is questionable because it 
was not intended, in the first place, for pedestrians to use the area on which 
the inlet is located. However, the inlet belongs to the state and was in bad 
state of repair, so the Commission has decided to pay the claim if it has 
legal authority to do so. Commissioner Clough concurred. The matter was re~ 
ferred to the Attorney to handle. 


The Commission instructed the Enginser to erect and maintain appro- 
priate warning signs at this location in an endeavor to avoid further acci- 
dents. 


Mr. R. E. Steele, Secretary of the Hood River Chamber of Commerce, 
conferred with the Commission in regard to the reconstruction of the Columbia 
River Highway on permanent alignment through the town of Hood River. He al- 
leged that the present highway is a virtual bottleneck for traffic, and urged 
the Commission to take early action to eliminate the same. He also said that, 
until the highway is rebuilt, the people of Hood River are not in position to 
develop their properties which they want to do as soon as possible. Chairman 
Cabell pointed out that this was 4 large undertaking and that the Hood River 
inprovement necessarily must tie into a major highway improvement several 
miles long, so the Commission is not in position to say just when it can do 
the work. He pointed out, however, that the Commission is now concentrating 
its efforts on the construction of a new highway up the Columbia Gorge be- 
tween Troutdale and Bonneville and gave as his thought that moneys available 
to the Commission for expenditure in this vicinity should be allocated to 
finance additional improvements from the Troutdale end, rather than in the 
vicinity of Hood River, which would hasten the time when benefits can be 
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with Oregon Street, would cost about $32,000 using B-2 type surfacing, whereas 
to construct a concrete pavement on the four blocks south of Idaho Street, in- 
cluding the one block connecting with Oregon Street, would cost about $19,600. 
He recommended improvement of the shorter project using concrete pavement, and 
advised that such an improvement would satisfy the people of Ontario, As to 
the balance of the proposed improvement, he said that that can be deferred un- 
til some future time. The Commission approved the recommendation. 


The Engineer reported briefly on investigations that have been made 
of the request of the United States Forest Service that provision be made for 
the parking of cars adjacent to the Weston-Elgin Secondary State Highway near 
Tollgate for the benefit of winter sports enthusiasts. The Commission decided 
to let this matter rest until next year when it will be reconsidered. 


The Engineer reported on the cost to construct a sidewalk on Cozine 
Creek Bridge on the Pacific Highway West at McMinnville. He estimated the cost 
of such sidewalk at $2,200 and recommended approval of the project, which has 
been requested by people of McMinnville, in view of the large amount of pedes- 
trian traffic that uses the bridge. The Commission approved the recommendation 
subject to the condition that the proposed revision of the highway at this lo- 
cation is not undertaken within the next two or three years. 


The Engineer also reported on the cost to construct a cinder foot- 
path along the Lower Columbia River Highway at Warren, in Columbia County, as 
has been requested by School istrict No. 58, Columbia County. Investigation 
of this project, he said, reveals that the walk would cost about $700, The 
Commission decided not to construct this footpath at the present time; however, 
instructed the Engineer to include it in the list of sidewalk projects for 
consideration in the formulation of next year's priority budget for such proj- 


ects. 


The Commission discussed the Engineer's report on the request of 
Mikkalo Grange for the construction of a sidewalk on Rock Creek Bridge on the 
John Day Highway at Olex, in Gilliam County. The Engincer estimated the cost 
of such sidewalk at $360. The question arose whether or not there is justifi- 
cation for this expenditure. The matter was re-referred to the Engineer for 


further investigation and report. 


A letter was presented from the town of Long Creck, Grant County, re- 
questing the graveling and oiling of the main street of this town, route of 
the Kimberly-Long Creek Secondary State Highway. The Engineer estimated that 
it would cost about $11,000 to do this work. The Commission considered that 
there are other places throughout the state which are of more importance from 
the general public standpoint, and from which much more benefit could be re- 
ceived by the expenditure of such sum of money, and accordingly denied the re- 
quest subject to confirmation by Commissioner Oliver. 


The Commission also discussed a report from the Engineer on the con- 
troversy with Mr. A. E, Rice relative to the construction of 4 private road 
upproach to the Pacific Highway near the South Umpqua River Bridge in Douglas 
County. The Engineer advised that the highway was realigned when the new 
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"gmployee cabins at Santiam Junction Patrol Station, in Linn 
County. Construct two frame cabins. Blair T. Alderman, Eugene, 
submitted the low bid for this project, in the amount of $7,934.00. 
The second-low bid was submitted by Tri-State Construction Company, 
Portland, in the amount of $10,367.08. There was one other bid re- 
ceived. The Commission awards this contract to Blair T. Alderman 
at his low bid of $7,934.00. 


"Brogan-Jamieson Section of the John Day Highway, in Malheur 
County. 5.3 miles grading, surfacing and oiling. Triangle Con- 
struction Company, Boise, Idaho, submitted the low bid for this 
work, in the amount of $69,600.00. The next-low bid was submitted 
by Henry L. Horn, Caldwell, Idaho, in the amount of $73,625.00. 
There were three higher bidders. The Commission refers these bids 
to the Engineer with power to award the contract to the low bidder 
when certain conditions have been satisfied. 


"Tllahee-Steiwer Hill Section of the Pacific Highway East, in 
Marion County. 2,22 miles grading and paving. E. C. Hall Company, 
Eugene, submitted the low bid on this project in the amount of 
$158,923.50, using asphalt. It did not submit a bid based on the 
use of tar. The second-low bid was submitted by Jacobsen-Jensen 
Company, Portland, in the amount of $161,323.50, using asphalt. It 
did not submit a bid using tar. There was only one other bid re- 
ceived. The Commission rejects these bids. 


"Interstate Bridge-Oregon Slough Bridge Section of the Pacific 
Highway East, in Multnomah County. 0.27 mile roadbed widening. 
Logan & Taylor, Inc., Portland, submitted the low bid on this proj- 
ect, in the amount of #3,997.00. The second-low bid was submitted 
by Jacobsen-Jensen Company, Portland, in the amount of 34,385.00. 
There was one other bid received. The Commission rejects these bids. 


"Rogue River Bridge on the Salmon River Highway near Grand 
Ronde, in Polk County. 76-foot reinforced concrete viaduct. J. F. 
Johnston, Newberg, submitted the low bid, in the amount of $8,517.00. 
C. W. Reeve, Salem, submitted the next-low bid for this project in 
the amount of $8,729.00. There were six higher bidders. The Com- 
mission awards this contract to J. F. Johnston at his low bid of 


$8,517.00. 


Removal of Buildings in Portland 


"Wreck and remove one frame building and one concrete building 
at 101 S. E. Union Avenue, East Portland. Shipyard Wood Company, 
Portland, submitted the low bid for this work, in the amount of 
3400.00. The only other bid received was that of the Sullivan Wreck- 
ing & Salvage Company, Portland, in the amount of 3832.00. The Com- 
mission refers the bids to the Engineer for further information. 
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secured from the Commission's present investments. It was his thought that 
such procedure is the logical one to follow. Commissioner Clough concurred, 


Mr. Steele then reported that he understood that the Highway Com- 
mission is looking for a maintenance headquarters site at Hood River. He ad- 
vised that the City of Hood River owns a two and one-quarter acre tract near 
the west city limits of the town, which it will be pleased to donate for such 
purpose if the Commission wants it. The Commission thanked him for the offer 
and referred the matter to the Engineer for investigation, 


At 3:00 p. m. Chairman Cabell announced the following awards of con- 
tracts, removal of building in Portland, sale of scrap steel, and sale of Ox- 
Yoke Service Station, for which bids were received at the morning session, 
such awards having previously been approved by the Commission by unanimous 
votes 


"Necanicum Junction-Sunset Camp Rock Production Project on the 
Wolf Creek Highway, in Clatsop, Tillamook, Columbia and Washington 
Counties. A. S. Wallace, Roseburg, submitted the low bid for this 
project, in the amount of $31,770.00, E. C. Hall Company, Eugene, 
was second-low, with a bid of $33,830.00. There were three higher 
bidders. The Commission awards this contract to A. S. Wallace, at 
his low bid of $31,770.00. 


"Belknap Springs-Fourmile Butte Rock Production Project on the 
McKenzie Highway, in Deschutes and Lane Counties. No bids were re- 
ceived for this project. 


"Condon-Morrow County Line Section of the Wasco-Heppner Second- 
ary Highway, in Gilliam County. 14.10 miles surfacing and oiling. 
F. R. Hewett, Spokane, Washington, submitted the low bid for this 
work, in the amount of $63,855.00. R. O. Dail and Warren Bros., 
Portland, submitted the next-low bid, in the amount of $72,256.00. 
There were six higher bidders. The Commission awards this contract 
to F. R. Hewett, at his low bid of $63,855.00. 


"Condon-Servicecreek Rock Production Project on the John Day 
Highway, in Gilliam and Wheeler Counties. F. R. Hewett, Spokane, 
Washington, submitted the low bid: for this project, in the amount of 
$19,750.00. Rogers Construction Company, Dayton, Washington, was 
second-low, with a bid of $25,200.00. There were four higher bidders. 
The Commission awards this contract to F. R. Hewett, at his low bid 
of $19,750.00. 


"Fisher Road-Oak Hill Section of the Eugene-Swisshome Secondary 
"Wghway, in Lane County. 1.26 miles grading, surfacing and oiling. 
Rogers Construction Company, Dayton, Washington, submitted the low 
bid for this work in the amount of $40,739.00, using asphalt. They 
did not submit a bid using tar. A. T. Dolan, Tillamook, was second- 
low, with a bid of $43,002.00, using tar. He did not submit a bid 
using asphalt. There was only oreother bid received. The Commission 
rejects these bids. 
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The Parkrose group then inquired as to the plans of the Commission 
for improvement of Sandy Boulevard (Columbia River Highway) through the Park- 
rose district, particularly between 82nd Avenue and 122nd Avenue. They were 
informed that the Commission has budgeted a certain sum for this improvement 
and that it is planned to do the work next year. Whether or not a sufficient 
sum has been provided, in view of present conditions, to improve the entire 
section is questionable; however, the Commission will stretch the improve- 
ment as far as possible. 


The Commission discussed briefly matters pertaining to the proposed 
revision of the Columbia River Highway to accommodate the Tongue Point Naval 
Pase near Astoria, The Commission approved the Engineer's letter dated Sep- 
tember 16, 1941, directed to Mr. E. J. Griffith, State Administrator, Work 
Projects Administration, relative thereto, and a later letter supplementing 
the same. The Engineer advised that he has not yet received a reply from Mr. 
Griffith and there is a question whether or not it would be possible to do 
the highway work as a W.P.A. project. He suggested that the work be done as 
a federal aid project in the event the federal authorities do not approve it 
for W.P.A. funds. A general discussion of the matter followed, but action 
was deferred until the November meeting of the Commission. The Engineer was 
instructed to discuss the matter with Mr. Griffith in the meantime. 


The Commission also discussed the matter of contributing state high- 
way funds to match certain federal funds which have been appropriated by Con- 
gress to finance improvements to the Sprague River county road, in Klamath 
County. The Commission approved Chairman Cabell's letter of August 13, 1941, 
directed to Mr. B. G. Courtright, Superintendent of the Klamath Indian Agency, 
relative thereto, in which letter Chairman Cabell indicates that the Highway 
Commission will be willing to spend $150,000 of state funds for the improve- 
ment of the section between the town of Sprague River and the junction with 
the Klamath Falls-Lakeview Highway near Beatty, a distance of about ten miles, rt 
if the Commission were permitted to do the work on contract basis. Further- iy 
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more, the Commission would then designate such section as a state secondary Eby 
highway and maintain it thereafter. (See letter in general files for details.) 4 
The Commission discussed briefly matters pertaining to the proposed el 


improvement of South Sixth Street, Klamath Falls, route of the Klamath Falls- 
Lakeview Highway, The Engincer gave as his thought that traffic conditions : 
along this section may necessitate the widening of South Sixth Street notwith- Ns et 
standing that the Commission may reroute the highway to avoid this congested Mh 
iistrict. The Commission took no action on the matter. 


Two delegations from The Dalles came before the Commission in re- 
gard to the operat ion of The Dalles ferry across the Columbia River. One of 
the delegations was headed by County Judge J. B. Kirk of Waseo County and in- 
cluded Mace Fulton, County Commissioner; W. S. Nelson, Secretary, The Dalles 
Chamber of Commerce; F. V. Galloway, Attorney, Port of The Dalles; Homer Wall, 
City Engineer; F. M. Sexton, representing the Chamber of Commerce; H. A. Dent, 
Jr., representing Inland Navigation Company, Vancouver, Washington; Captain 
A. (Leppalour, representing the Upper Columbia River Towing Company; and J. S. 
Robinson of Lytle, Washington. The other delegation consisted of C. I. Smith, 
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Sale of Scrap Steel at Portland 


"Zidell-Steinberg Company, Portland, submitted the low bid on 
this project, in the amount of $1,632.40. The next-low bid was that 
of the Alaska Junk Company, Portland, in the amount of $1,292.20. 
There was one other bid received. The Commission rejects these bids. 
(Reconsidered the following day.) 


Sale of Ox-Yoke Service Station, North of Grants Pass 
"The only hid received for the purchase of this service station 


was that of Kenneth Dodd, Eugene, in the amount of $526.00. The Com- 
mission rejects this bid." 


Mr. O. W. Bentley of the Crown Zellerbach Corporation, Portland, 
came before the Commission relative to the use of an unloading dock for logs 
which the company inadvertently installed on the right of way of the Netarts 
Secondary Highway, about two miles west of the Trask River Bridge, Tillamook 
County. Mr. Bentley recalled that the Commission, at a previous meeting, 
authorized the corporation to transport several loads of spruce logs over 
this highway with the understanding that the loads would be limited to one 
large log or two small logs, and that the logs would be dumped in the Trask 
River west of the bridge because the bridge is in a weakened condition and is 
posted for ten-ton loads. The company, he said, was net aware of the ruling 
of the Highway Commission which prohibits private encroachments on highway 
rights of way and was not informed with respect to the Commission's policy 
until the log dump had been constructed. He asked the Commission to permit 
the use of this log dump for a short period of time so as to enable the com- 
pany to get out a few specimen logs for inspection by federal government au- 
thorities who are in ths market for timber of this kind, The Engineer recom- 
mended approval of the request subject to the condition that the unloading 
dock is removed and the premises cleaned up to his satisfaction by November 
1, 1941. The Commission approved the recommendation. 


Ur. L. M. Lepper, Director of Highways and District Improvements, 
East Side Commercial Club, Portland, headed a delegation which came before the 
Commission relative to the construction of a new bridge across the Columbia 
Ri cer between Portland and a place known as Fisher in the state of Washington, 
uvilizing Government Island. Others in the delegation were: W. P. Yaw, M. D. 
Wills, James P. Bates and W. W. Tyler, Secretary, representing the East Side 
Commercial Club; and Will C. Minea, Harry H. Pearce, and J. C. Strudgeon, rep- 
resenting the Parkrose Chamber of Commerce. Mr. Lepper urged the Commission 
to "formally" study this project and bring it to the attention of the United 
States army officials, so that needed information may be available if and when 
a new bridge across the Columbia River is required. His remarks were endorsed 
by the other members of the delegation. The Commission thanked the delegation 
for its presentation but took no action with respect thereto. 
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subscription so the state will not be called upon to pay any of such expense, 
although later on the Highway Commission will probably be asked to improve 

the road which extends to the grove from the Oregon Coast Highway. The ob- 
ject of the Roadside Council, she said, is simply to preserve the myrtle grove 
for the benefit of posterity and, if action is not now taken to that end, the 
probabilities are that the grove will be sold for commercial purposes. She 
asked the Highway Commission to state whether or not it is willing to endorse 
the project, because the Oregon Roadside Council cares not to do anything that 
does not have the approval of the Commission, 


Chairman Cabell advised that the Highway Commission some time ago 
had under consideration the purchase of this area but decided not to buy it 
because it meant the assumption of a big obligation with respect to the im- 
provement of the road to the area which the Commission felt it could not very 
well afford to take on at the time, in view of the indefiniteness of highway 
funds. He requested time for the Commission to give the matter further 
thought, and assured Mrs. Honeyman that she would be given an answer on or 
before October 28, the date of the next annual meeting of the Oregon Roadside 
Council. 


Mrs. Honeyman also asked the Commission to cooperate with the Oregon 
Roadside Council in preserving satisfactory conditions along the roadsides ad- 
jacent to United States Army cantonments, especially as to morals, housing, 
and sanitation. The Commission took no action. 


Mrs. Honeyman also brought up for discussion the matter of beautifi- 
cation of the Columbia Gorge. She said that the Oregon Roadside Council has 
plans for a survey to determine just what is needed to preserve the scenic 
beauties of this Gorge, and is asking the Highway Commission to guide them in 
their efforts because they want to work with the Highway Commission in every 
way possible and to do everything that they can, and, as may be necessary, to 
perfect their object as well as to please the Highway Commission. The Commis- 
sion took no action. 


Mr. Clark Irving, Independence, was present and presented a clain, 
in the amount of $541.10, for damage to his truck and trailer and for loss of 
time resulting from an accident, involving his equipment and a state highway 
department truck, on the North Santiam Highway. Mr. Irving stated that he 
was engaged in hauling logs on the North Santiam Highway and in rounding one 
of the curves, suddenly came upon a state highway department truck that was 
being driven on the wrong side of the road, and in order to avoid a collision 
drove his truck into the ditch, damaging the same and causing expense for re- 
pairs, etc., in the amount stated. He alleged that the highway department 
employee admitted at the time that he was at fault and was not paying proper 
attention to his driving and, in view thereof, asked the Commission to reim~ 
burse him for his losses. 


The Engineer stated that reports on this accident indicate that the 
highway department employee was not entirely to blame, and that Mr. Irving 
was exceeding a safe rate of speed and could have avoided the accident if he 
had had his truck under full control. The matter was discussed at some length 


10625 


Riz Seana SRT 1 Pe Ian ee? Raw “2 


owner of The Dalles ferry; Esson Smith; and Leland Brown, attorney for The 
Dalles Ferry Company. The first above-mentioned delegation complained about 
the service that is being rendered by The Dalles Ferry Company. The speakers 
were Judge Kirk and Messrs. Nelson, Dent, Wall, Leppalour and Galloway. They 
urged the Commission to take action as may be necessary to provide and main- 
tain satisfactory ferry service and suggested that the state take over this 
ferry operation which, in their estimation, is of general public concern. Mr. 
Galloway particularly gave as his thought that the Highway Commission now has 
the legal authority to take over this ferry operation; in fact, it is the Com- 
mission's implied duty to do so according to action of the Legislature at its 
sessions in 1925 and 1935. 


Mr. Brown, speaking in behalf of Mr. Smith, owner of the ferry, dis- 
outed the statements made by members of the other delegation. He gave as his 
thought that this is a matter which concerns only the contending parties and 
one that such parties must work out among themselves. Mr. Smith asserted his 
willingness to do everything possible to eliminate the differences. 


Chairman Cabell stated the »vosition of the Highway Commission with 

respect to this controversy by stating that the Commission realizes that it is 
a serious and important matter, but feels that it is a problem over which it 
has no control in any way, there being a question whether or not the Highway 
Commission has authority to operate a ferry at The Dalles, and, if it does 
have such authority, should the Commission exercise it. He inquired just what 
the delegation wants the Commission to do, and was informed by Mr. Nelson that 
they believe the Commission has legal authority to establish ferry service at 
this point and to operate it without charge, and that is just what they want 
the Commission to do. Chairman Cabell then advised that the Commission feels, 
from information at hand, that it can only act if the State of Washington, 
which is concerned, will cooperate, inasmuch as the ferry operates between the 
two states, but the Commission does not now have information as to the atti- 
tude of the Washington authorities with respect thereto. He pointed out that 
the installation of a new ferry service calls for new approaches on each side 
of the river which, indications are, will cost a considerable sum of money. 
He also pointed out that many people are asking for a bridge gcross the river 
at this point so, if the Commission should go to a lot of expense in connec~ 
tion with the ferry operation and later on build the bridge, it seemed to him 
that ferry expenditure would be a waste of public funds. He advised that the 
Commission is not in position today to make a decision, but will have to con~ 
sult with the authorities in the State of Washington first, and even if such 
officials approve the project, there is still the question just what the Ore- 
gon Highway Commission will do about it; however, the Commission will then go 
into the merits of the case. This concluded the conference. 


Mrs. Jessie M. Honeyman, President of the Oregon Roadside Council, 
was present. Mrs. Honeyman brought up for discussion the matter of acquiring 
a certain myrtle grove in Curry County, same being owned by Mr. Elmer Bankus, 
trookings, who is asking the sum of $10,000 for the same. She said that the 
Oregon Roadside Council is very enthusiastic in securing this property for the 
state as a state park, and that they have the endorsement of the Garden Club. 
Furthermore, efforts are now being made to raise the purchase price by private 
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set of scales. He suggested another check of both sets of scales by the State 
Sealer of Weights and Measures, the state to pay the fee for checking the 
state's scales and the company to pay that for checking its scales. 


Chairman Cabell advised that, while the Highway Commission appreci- 
ates the value of the scales installed by logging companies, it cannot accept 
weighings on such scales, but must base its actions on the results of the 
weighings on the state scales. He concurred in the suggestion of the Engi- 
neer that both scales be again checked. After further discussion, and in view 
of the differences of opinion with respect to the correctness of the state 
scales, the Commission decided to let Mr. Clausen go back to work immediately. 
The Engineer was thereupon instructed to have the state scales checked. The 
Secretary was instructed to release Mr. Clausen's P.U.C. plates, (The state's 
seales were later rechecked and found to be correct by the State Sealer of 
Weights and Measures, who verified the Engineer's statement that the total 
weight obtained by weighing the axles separately gives a correct measurement. ) 


Mr. Fred Packwood, attorney for certain logging interests, came be- 
fore the Commission and requested the following in behalf of his clients: 
(1) Speeding up of weighing by state weighmasters at state scales. (2) Moving 
of scales near Seaside, which, he declared, are now in the wrong location. (3) 
Keeping of a complete record of all weighings, including such items as species 
of logs, number of logs in the load, and others. (4) Revision of the penalty 
for minor offenses. He questioned the legality of the procedure which re- 
quires the surrender of P.U.C. plates of the operator; however, stated that 
the principle is satisfactory as far as the operators are concerned, although 
they feel that the penalty is too severe,particularly on the occasional viola- 
tor whose loads weigh only slightly in excess of the legal limit. He held no 
brief for the willful violator. (5) Mr. Packwood requested a conference among 
representatives of the State Highway Commission and representatives of the 
lumbering industry to ascertain whether or not a solution of the problem can 
be arranged whereby the loads can be determined by board feet rather than by 
weights. 


Chairman Cabell advised that the Commission has already ordered the 
scales at Seaside removed to another location, and the work will be done as 
soon as possible; further, that the speeding up of weighing at state scales 
has also been ordered, so as to avoid as much loss of time as possible on 
that account. As to the reduction in penalty for overloading, he stated that 
the Commission has approved a reduction in such penalty from five, ten, and 
fifteen days suspension of a permit for the first, second, and third offenses, 
to three, six, and nine days suspension for the same offenses, subject to the 
condition that Commissioner Oliver concurs. He also said that the Commission 
will take under consideration Mr. Packwood's request with respect to the keep- 
ing of a complete record of all weighings, regardless of whether or not an 
overload is involved. 


The Commission adjourned at 6:00 p. m. to reconvene the following 
morning in the same room. 
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during which the Attorney gave as his opinion that the Commission could not 
avoid liability in the case because the state truck was being operated on the 
wrong side of the road by a state employee. He suggested that the claim be 
submitted to the state's insurance company for settlement. The Commission ap- 
proved the suggestion and referred the matter to the Attorney to handle. 


urs. E. L. Philpott, Port Orford, was present and discussed with the 
Commission the matter of re-establishing her tourist cottages at Port Orford 
to accommodate the improvement of the Oregon Coast Highway at that place, which 
matter was discussed with the Commission at a previous meeting. The Attorney 
recalled the facts in the case and advised that the main issue is whether or 
not the state will raise the cottages to 4 level of the new highway when it 
is built. He advised that, according to the plans for the highway improvement, 
waste waterials from the highway excavation are to be filled in around the cot- 
tages to approximately the level of the new highway grade, but no provision has 
been made for raising the cottages to this level. Chairman Cabell advised that 
there is a question whether or not the Highway Commission is liable for such 
expense, and there is also the question whether or not the Commission has legal 
authority to spend state money for the purpose, so the Commission is not in 
position to make a definite statement at tids time. The Attorney suggested 
that a decision in the matter be deferred until the highway has been constructed. 
irs. Philpott expressed her willingness to wait until that time. This concluded 
the conference. 


Mr. George H. Clausen, log hauler, Molalla, and his attorney, Mr. J. 
Dean Butler, Oregon City, came before the Commission in regard to the suspen- 
sion of Mr. Clausen's log hauling permit, for violation of the traffic laws 
and the rules governing truck hauling of logs over state highways. It appears 
that Mr. Clausen's equipment has been weighed on three different occasions by 
weighmasters in the employ of the state highway department, and in each in- 
stance was found to be carrying loads weighing in excess of the statutory lin- 
its; further, that the penalty imposed on Mr. Clausen for the third offense 
was a fifteen-day suspension of the operation of the equipment involved in the 
overload. Mr. Butler offered objections to the penalty, stating that he did 
not believe that Mr. Clausen's equipment was overloaded, because it previously 
had been weighed on scales installed by Ostrander Brothers, logging operators, 
in the timber at the loading point, and was there found to be within the legal 
weight limits. It was his thought that the state's scales at Molalla do not 
weigh accurately, and, in view thereof, he urged the Commission to cancel the 
penalty, and allow Mr. Clausen to continue operating at once. ir, Butler 
pointed out that Ostrander Brothers have installed two sets of scales in the 
woods, so placed that the entire load can be weighed at one time, whereas the 
state's scales will permit the weighing of only one axle at a time. He de- 
clared it an impossibility to get an accurate weighing on a single set of 
scales and alleged that lr. Clausen's losses will amount to $1,000 if he is 
required to discontinue the operation of his truck for the fifteen-day period. 
The Engineer advised that the state's scales are inspected frequently by the 
State Sealer of Weights and Measures, and there is absolutely no question as 
to the accuracy of the weighings; furthermore, by the well-known principle of 
mechanics, the gross weight of the combination would be the same, whether 
weighed in one operation on two sets of scales, or in increments on a single 
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MAINTENANCE STATION AT ALKALI LakE 
TWO FRAME DWELLINGS AND OME EQUIPMENT BUILDING 


Tri-State Construction Company $21,092.56 
CITY STREETS IN PORTLAND 
NORTH BURGARD STREET SECTION - GRADING AND PAVING 
Porter W. Yett $32,703.50 
33,500.20 


Parker-Schram Company 
Jacobsen-Jensen Company 35,569.00 


ATYEWA-HOLDMAN SECONDARY HIGHWAY 
GERKING SCHOOL-ATHENA SECTION - GRADING, SURFACING & OILING 


Rogers Construction Company 


OLD OREGON TRAIL HIGHWAY 
SOUTH HERMISTON SECTION - GRADING, SURFACING & OILING 


$24, 460.20 


Jacobsen-Jensen Company 
$25,037.50 


Rogers Construction Company 
TUALATIN VALLEY HIGHWAY ‘ 

SYLVAN-WEST SLOPE SECTION - GRADING AND PAVIUG | 
Jacobsen-Jensen Company $106, 528.00 ; 
Porter W. Yett 114,061.00 


The Engineer requested authority to advertise for bids for the fur- 


nishing of maintenance materials for the Olney-Jewell Section of the Nehalem 
Secondary Highway, in Clatsop County. He estimated the cost of the pro ject 


at $19,200. The Commission approved the request. 


LIRIO Ca RPE MeN pe E 


the proposed improvement of North Burgard 


Street, Portland, which extends from the St. Johns district to the Oregon 

Shipbuilding Corporation's plant, which improvement is estimated to cost ap- 
proximately $35,000, and is needed in order to relieve the congestion caused 
by the shipbuilding plant in this locality. The Commission confirmed its 

oral decision, previously rendered, authorizing this improvement as a state 

financed project, subject to the City of Portland's securing the extra right 
of way that may be required. The Commission also confirmed the oral author- 
ity previously granted the Engineer to advertise this project for bids. The 
Attorney was instructed to ascertain who has jurisdiction over the road, the 
City of Portland or Multnomah County. The standard form of agreement cover- 
ing improveinent of city streets not on the state highway system is to be en- 


tered into with the proper authorities. 


a a letter from the Town of Granite, Grant 
ad maintenance of certain streets in this 


The Commission discussed 


The Commission discusse 
County, requesting improvenent an 
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The State Highway Commission reconvened at 9 
torium of the Public Service Building. Present were: 


Henry F. Cabell, Chairman 

Huron W. Clough, Commissioner 

R. H. Baldock, State Highway Engineer 
J. Me Devers, Attorney 

H. B. Glaisyer, Secretary 


Commissioner Oliver was absent. 


Portland, Oregon, October 17, 1941 


:00 a. m. in the audi- 


Bids as follows for highway construction work were opened and read 


in conformance with previously published notice, 


following which Chairman 


Cabell announced that the awards of contracts would be made at 3:00 p. m. in 


the same room: 


CORVALLIS-NEWPORT AND KINGS VALLEY SECONDARY HIGHWAYS 


WREN ROCK PRODUCTION 


A. T. Dolan 

R. O. Dail & Warren Bros. 
Rogers Construction Company 
A. H. Saxton & Son 


LAKEVIEW-BURNS HIGHWAY 
CINDER BUTTE-JUNIPER RIDGE SECTION 
GRADING, SURFACING AND OILING 


Rogers Construction Company 
Babler Bros. 
McNutt Bros. 


MIDLAND SECONDARY HIGHWAY 
DIVERSION CANAL-MIDLAND OVERCROSSING SECTION 
GRADING, SURFACING AND JUILING 


Rogers Construction Company 
Clifford A. Dunn 
Jones & King 


FOUR STATE HIGHWAYS NEAR KLAMATH FALLS 
KLAMATH FALLS ROCK PRODUCTION 


Rogers Construction Company 
Clifford A. Dunn 


Jones & King 
Ww. D. Miller Construction Company 


$25,200.00 
25,320.00 
28,920.00 
29 , 720.00 


$112,252.60 
139,999.50 
156,446.00 


$47,451.00 
5445523 .00 
60,364.45 


$17,500.00 
19,225.00 
24,000.00 
25,300.00 
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State Grange, Oregon Wool Growers Association, Portland Draymen and Warehouse- 
men's Association, Northwest Trailer Manufacturers! Association, Oregon State 
Federation of Labor, and the Eastern Oregon Wheat League, all of whom are in 
sympathy with the request, and urged favorable consideration thereof by the 
Highway Commission. He declared that this is a problem that affects all in- 
dustries and is not simply for the benefit of any particular trucking line. 


Chairman Cabell advised that the Highway Commission has given this 
matter considerable thought, and would like to approve the request if it could, 
but considers that it does not have authority to do so, in view of the action 
taken by the 1941 Oregon Legislature. Furthermore, there is a question in the 
minds of the Comaission, in view of such legislative action, whether or not it 
should exercise any authority that it may now have with respect thereto. 


ur. White stated that he already has secured numerous statements 
from recognized lawyers who are of the opinion that the Commission would not 
be violating its authority by granting such permits, and can secure many more 
such opinions if necessary. 


The Commission's Attorney stated that the Commission cannot liberal- 
ize the legislative action and, in his mind, if the Commission approved the 
granting of the permits, it would be doing so "in spite" of the act rather 
than in conformity with it. He suggested that it might be possible to clarify 
this situation by securing a declaratory judgment from the courts. Chairman 
Cabell then advised that the Commission is now considering the securing of 
such a declaratory judgment, and is also considering the advisability of meet- 
ing with members of the Legislature and with the officials of the railroads, 
but has not reached a definite decision as yet thereto. 


Mr. Guy Cordon, attorney, Roseburg, and Mr. Tom Shea, Manager of 
the Oregon Motor Transport Association, were also present and entered into 
the discussion. Mr. Cordon advised that he is convinced that the Highway 
Commission now has the authority needed to grant the permits requested, and 
gave as his thought that the law now provides an authority to take care of 
emergency situations in the public interest, in fact the law, in his estima- 
tion, cannot carry any other meaning. 


Chairman Cabell concluded the discussion, stating that the Commis- 
sion appreciates the seriousness of the situation and the necessity for an 
early decision, and that it is the intention of the Commission to make such 
decision as soon as it possibly can; however, the matter cannot be decided 
until all three members of the Commission are sresent, -He promised to let 
the delegation know as soon as possible just what to expect. 


Mr. Walter Meacham, member of the Commission's Old Oregon Trail 
‘Marker Committee, was present and asked the Com: “ssion to continue the mark- 
ing of historical spots along this highway, so that all such locations will 
be properly marked in 1943, during the Old Oregon Trail Centennial of that 
year. He also suggested that the marking of such historical spots should be 
done on other state highways throughout the state. The Commission took no 
definite action in the matter, .uowever, instructed the Engineer to report at 
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town that are being damaged by heavy trucking. The Commission considered 
that the Town of Granite does not qualify for state funds under the Commis- 
sion's program for city street improvements, and accordingly denied the re- 
quest. 


The Commission also denied a petition from residents of Douglas 
County requesting additional improvements to the Tiller-Trail Secondary High- 
way between Days Creek and the "top of the mountain." 


The Secretary presented several communications from organizations 
and citizens of Toledo, Oregon, requesting sidewalk construction along the 
Corvallis-Newport Highway within the city limits of Toledo. The Engineer 
estimated that such construction would cost about $5,050. He recommended ap- 
proval of the expenditure and that the project be included in the Commission's 
sidewalk program for 1942. The Commission approved the recommendation. 


The Commission discussed and adopted recommendations contained in 
the resolutions of the Advisory Committee on Publicity Matters, covering ac- 
tivities of the Travel and Information Department during the year 1942. 


The Commission approved purchases of the following equipment and 
supplies, and ordered that the purchases be made through the State Purchasing 
Agent: 


Traffic line lacquer required for 1942. Estimated total cost $112,050. 


70 new trucks of Ford and Chevrolet type; 70 old trucks to be traded 
in as part purchase price. Total cash outlay $77,000. 


15 cars of Ford and Chevrolet type to replace a like number which have 
traveled more than 100,000 miles, and one additional car for Assist- 
ant Maintenance Engineer; 15 old cars to be traded in as part pur- 
chase price. Total cash outlay 13,700. 


1 portable churn drill. Estimated cost $2,500. 
1 rotary drill, Estimated cost $450. 


6 radio receiving sets; 6 old sets to be traded in as part purchase 
price. Estimated total cost $300. 


Mr. James Morrell, representing Consolidated Freightways, and Mr. 
Tom J. White, attorney for the company, came before the Commission in behalf 
of the company's request for permission to operate over Oregon state highways 
truck and trailer units having an overall length of 60 feet, and a gross 
weight of 68,000 pounds. Mr. White was principal spokesman. He urged the 
Comaission to authorize such movements and gave as his opinion that the Com- 
mission has legal authority to do so if it so desires, particularly because 
of the present emergency requiring the swift movement of defense materials. 
Ye exhibited communications from numerous organizations, including the Oregon 
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on the four-block section, including the connecting block on Idaho Avenue; 
and that the improvement of West First Street, north of Idaho Avenue, be de- 
ferred until some future date. Mayor Smith expressed satisfaction for such 
an improvenent. He also said that the city council intends to adopt an ordi- 
nance providing for parallel parking of cars. After discussion the Comnis- 
sion, by unanimous vote, approved the West First Street improvement on the 
basis recommended by the Engineer, the work to be done as a city project and 
to be covered by written agreement. The matter of rerouting the highway on 
West First Street was deferred by the Commission until some future tine. 


Mayor Smith then asked the Commission to construct an oil surface 
on South First Avenue West between West First Street and Oregon Street. He 
said that the city would like to have this work done by one of the state's 
oiling crews when operating in that vicinity, and that the city would reim- 
burse the state for full cost thereof. The Engineer suggested that it would 
be better to let one of the state's contractors do the work and advised that, 
if the city would approve such arrangement, he would include the work in one 
of the state's contracts when bids are taken; and, if the low bid received is 
not satisfactory, the city could again ask the Commission to have the work 
done by a state crew. Mayor Smith approved the suggestion. 


Reconsideration was given by the Commission to the claim of Alfred 
Buchheit, Jr., for injurivs received while playing under the McLoughlin Bridge 
near Oregon City. (See previous record for details of accident.) The matter 
was discussed at some length, during which the details of the accident were 
recalled. The Commission decided that it has certain liability in the case 
and thereupon approved payment of the claim in principle. Final action in 
the matter was deferred by the Commission until it knows definitely the exact 
amount of the claim. The matter was referred to the Attorney for report. 


The Commission considered and denied the claim of one Dent Clark 
for reimbursement for the cost of repairing his automobile which was damaged 
in a collision with a state-owned car on January 22, 1936. The Attorney was 
instructed to so inform Mr. Clark. 


The question of penalty to be imposed on log haulers for a fourth 
offense in overloading their trucks was discussed. The Commission decided 
that such penalty should consist of suspension of the special carrier permit 
for an extra three days over and above that provided for the third offense, 
making a total of twelve-days* suspension for the fourth offense. 


The Commission confirmed the Engineer's action in reinstating the 
lowing truck belonging to Haley and Haley which was previously suspended for 
overloading. (See letter dated September 20, 1941, from Haley and “Naley to 
Oregon State Highway Commission, for conditions of reinstatement. ) 


The question of penalty to be imposed on log haulers for refusal to 
report to state traffic scales for weighing when requested to do so by state 
weighmasters was also discussed. The Commission decided that for a first of- 
fense of titis kind the overator shall be given fair warning; and for a second 
offense the penalty shall be the revocation of the operator's pemnit. 
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the next meeting the progress that has been made to date on the Old Oregon 
Trail markers, and how much it has cost the state to install the markers now 
in place. Mr. Meacham was informed that the Commission will give him an an- 
swer when the Engineer's report has been considered. 


Messrs. Zidell and Steinberg of the Zidell-Steinberg Company, Port- 
land, came before the Commission at this time relative to the bid submitted 
by them on the previous day for the purchase of steel rails, et cetera, sal- 
vaged from the Front Avenue improvement in Portland, Mr. Zidell gave as his 
understanding that the Commission has rejected their bid, which was the high- 
est offer presented, and he asked the Commission to reconsider the matter. 
He stated that the price submitted by them was based on delivery of the mate- 
rial to the Bethlehem Steel Company, F.0.3. Portland, whereas it is their 
understanding that the Commission was of the opinion that the price was for 
delivery F.0.2. Seattle, which would explain the difference between the amount 
of their offer and the price approved by the O0.P.M. for delivery in Seattle. 
He further stated that, at the offer which his company made, they are realiz- 
ing a profit of only 50 cents per ton which would barely pay the cost of 
trucking the material from its present location to their warehouses and load- 
ing of the same on the cars for shipment. The Engineer stated that, at the 
time he recomnended rejection of the bids, he was under the impression that 
the basic point for calculating steel prices was in Portland; however, if 
Seattle is the basic point as stated by Mr. Zidell, he would be inclined to 
reconsider his recommendation, inasmuch as his estimate was made on the basis 
of Portland being the basic point. After considerable discussion the Vommis- 
sion referred the matter to the Engineer to verify the statements made by 
Messrs. Zidell and Steinberg, it being the understanding that, if the facts 
are as stated, the Commission would revise its previous decision in the matter. 
Accordingly, final action was deferred until later in the session, (The Engi- 
neer reported during the afternoon session that the statements made by Messrs. 
Zidell and Steinberg are correct and, in view thereof, the Commission sold the 
material to this company.) 


The Honorable Elmo E. Smith, Mayor of Ontario, was present and dis- 
cussed with the Commission the proposed improvement of West First Street North, 
Ontario, as the new route for the Old Oregon Trail. Mr. Smith stated trat the 
City of Ontario will be satisfied with the improvement of the four blocks south 
from Idaho Street and the one-block connection with Oregon Street, and inquired 
as to the plans of the Commission in regard thereto. 


The Engineer reported on the cost involved as follows: to construct 
a B-2 type surfacing the full length of West First Street, from Fourth Avenue 
South to a connection with the present highway at the north city limits, in- 
cluding a one block connection with Oregon Street on Idaho Avenue, will cost 
$32,000; to construct a B-2 type surface on the four-block section south of 
Idaho Avenue and the one-block connection with Oregon Street will cost about 
39,200; whereas, to construct such section using cement concrete type of pave- 
ment will cost approximately $19,600, the improvement to consist of pavement 
50 feet wide for three lanes formoving traffic with two parking lanes 3 feet 
wide. He recommended the Portland cenent concrete improvement costing $19,600 
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The Commission denied a request of Bordenave & Beckley, Stockton, : 
California, to operate over Oregon state highways between the California ? 
state line and Fort Klamath, Lakeview, and other points in southern Oregon, 
truck and trailer units having an overall length of 60 feet, and weighing 
up to 68,000 pounds gross. The Commission considers that it has no legal 
authority to grant permits of this kind. 


For similar reasons the Commission denied a request from the Lang 
Transportation Company, San Pablo, California, to operate similar sized 
equipinent in the transportation of petroleum products from California to 
Klamath Falls, Ashland, Medford, and Grants Pass. 


The Secretary presented a request from the Sun Transportation Com- 
pany, Hermiston, Oregon, for permission to transport an overload of 750 pounds 
on its trucks that operate over the highways of this state, such overloads 
consisting of special sanding equipment attached to the company's trucks dur- 
ing the winter season. The Commission denied the request, there being a ques- 
tion as to whether or not the Commission has authority to grant such permit. 
The Secretary was instructed to so inform the company. 


The Commission discussed a date for its proposed inspection of high- 
ways in Wallowa County, heretofore tentatively set for October 29, 30 and 31. 
The Commission decided to postpone this trip until November 11 and 12, immedi- 
ately preceding the Commission's regular meeting in Portland which was tenta- 
tively scheduled for Thursday and Friday, November 13 and 14. (The regular 
meeting date was later changed to November 12 and 13, and again to November 
17 and 18. The Eastern Oregon trip was deferred indefinitely on account of 
the illness of Commissioner Oliver.) 


The Secretary presented a letter from the Redwood Empire Associa- 
tion inviting the members of the Commission and its staff to be present at 
its twenty-first annual banquet in Eureka, California, on Saturday, October 
18, 1941. The Secretary was instructed to acknowledge the invitation with 
thanks, and express regrets that none of the Commissioners or staff members 
can be present. 


Similar action was taken by the Commission of an invitation re- 
ceived from the Montana Motor Transport Association for the Lommission and 
its staff to attend the third annual state convention of the association in 
tissoula, iiontana, on November 21 and 22, 1941. 


The Cormission discussed a report from the State Police Department 
advising that one Elvin Thomas Cully, Portland, maliciously cut down and de- 
stroyed two Japanese cherry trees that were planted by the state highway de- 
partment forces on the right of way of the Pacific Highway East (McLoughlin 
Boulevard) near the Multnomah County line. The report indicates that Nr. 
Cully was arrested and fined $45 and costs, and was given a 30-day suspended 
jail sentence. The Commission ordered the trees replaced at once. | 
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A letter was presented from the Bethlehen Steel Comoany suggesting, 
on account of the serious shortage of scrap stecl, et cetera, and in order to 
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The Commission discussed a complaint from the Southern Pacific Com- 
pany that log haulers have formed the habit of dumping logs on railroad prop- 
erty at Molalla in order to avoid being caught with an overload and to evade 
the customary penalty for overloading. The Commission assumed no jurisdiction 
in the matter, it being considered a matter for the State Police to handle. 


The Secretary presented a letter from the Updegrave Trucking Com- 
pany, Chiloquin, requesting permission to truck haul logs over state highways 
in the vicinity of Agency Lake, Klamath County, during Armistice Day, which is 
prohibited under present rulings. It gave as its reason for such request that 
Agency Lake may freeze over in the near future and, when it does, it will not 
be possible for them to deliver logs to the Algoma Lumber Company's mill, and 
the company is particularly anxious to secure all of the logs that it can in 
the meantime. The Commission approved the request as an emergency proposition. 


Consideration was given by the Commission to the request of System 
Freight Service for a continuous permit to transport loads having an overall 
height of 12' 6" over the Pacific Highway from the California state line to 
Portland. It was pointed out in the discussion that there are three points on 
the Pacific Highway where impaired clearances exist, viz., South Umpqua River 
Bridge near Myrtle Creek, in Douglas County, where the clearance on each side 
of the bridze is 11' 8"; Goshen Undercrossing, with a clearance of 12' 11°; 
and Springfield Undercrossing, with a clearance of 13' 00", The Secretary re- 
called that the Commission previously ordered that no permits involving over- 
height be issued unless there is a clearance of at least 12 inches between the 
top of the load and the lowest point of the overhead structure, which ruling 
prohibits the granting of permits for more than 10' g" on this highway. 


The Engineer advised that the center portion of the South Umpqua 
River Bridge has a clearance of 15' oo", and that the impaired clearances are 
at the portals, which could be remedied at small expense so as to allow move- 
ments 12' 6" high overall to pass through without difficulty. At the other 
two points, he said, movements having an overall height of 12' 5" could pass 
with safety if the Commission would modify its present ruling for clearances 
from 12 inches to 6 inches. He recommended such modification. He also recom 
mended the remodeling of the portals of the South Umpqua River Bridge, and ad- 
vised that if these recomaendations are adopted, it would then be possible for 
movements having an overall height of not more than 12' 5" to traverse the Pa- 
cifie Highway throughout its entire length in Oregon without difficulty, and 
without undue hazard to other traffic. 


The Commission approved the recommendations and thereupon authorized 
the Engineer to proceed with the remodeling work on the South Umpqua River 
Bridge. The Secretary was authorized to grant a continuous permit to the Sys- 
tem Freight Service for movements of 12' 5" overall in height subject to the 
condition that, until the South Umpqua Bridge remodeling work is done, move- 
ments across this structure shall be under the direction of flagmen (stat- 
tioned one at each end of the bridge) to stop other traffic from using the 
bridge while it is occupied by the company's equipment, it being necessary for 

he company's equipment to use the center of the roadway at this particular 
location. 
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The Commission discussed and approved the Attorney's letter of Sep- 
tember 26, 1941, directed to ir. Edward C. Kelley, Assistant General Counsel 
for the Bonneville Power Administration, relative to the installation and 
maintenance of a power pole line along the Lower Columbia River Highway in 
front of the Tongue Point Naval Base near Astoria, which section of highway 
is now under condemnation by the United States of America and is to be used 
in connection with the development of the naval base. Briefly, the Attorney's 
letter grants authority for the installation and maintenance of the power line 
on the highway, subject to the control, ownership, and authority of the United 
States Government over the property as defined and declared in the condemna- 
tion proceedings. 


A letter was presented from U. W. Ellmaker, Eugene, requesting state / 
cooperati:n in the construction of a stock fence along the right of way of the . 
Eugene-Swisshome Secondary State Highway westerly from the "Porter Place" 3 
across the E. M, Warren land, a distance of about one mile. ir. Ellmaker of- " * 
fers to furnish woven-wire fencing and barbed wire as may be necessary, and ¥ 
is asking the Hichway Commission to furnish fence posts and to erect the fenc- 
es. The Commission denied the request as a matter of policy, it being consid- 
ered that the construction of the fences on such basis would establish an un- 
desirable precedent and very likely would involve the state in considerable if 
expense in the future. 


The Commission discussed the matter of future maintenance of the 
county road between Glenwood and Sunset Camp, in Washington County, which | 
road has been used for a number of years as a detour pending completion of \” 
the Wilson River and Wolf Creek Highways. The Engineer advised that this { 
detour is no longer required in view of the fact that both state highways 
have been opened for general public use at this location and accordingly he 
directed a letter to the Washington County Court on September 21, 1941, stat- 
ing that the Highway Commission desires to relinquish all jurisdiction over 
the road and responsibility for the maintenance of the same, and received a 
reply signed by all three members of the county court in which the county 
agrees hereafter to assume full responsibility with respect to the road. The 
Commission approved the arrangement. 


A letter was presented from the Bonneville Power Administration re- | 
questing the removal of certain telephone poles now existing on the highway 
right of way in front of the Bonneville substation near Youngs Bay Bridge in 
Astoria. The Engineer advised that originally the right of way was 60 feet 
wide at this point but was later widened to 80 feet by acquisition of a strip Mm 
of land 20 feet wide on the side of the Bonneville Power Administration's 
plant; also, that the telephone poles that occupied this strip are not now in 
the proper location with respect to the right-of-way line. He gave as his 
thought the Commission is strictly within its rights in asking the telephone 
company to remove them, The Attorney confirmed the Engineer's statement. The 
Commission indicated a desire to accomodate the Bonneville Power Administra- 
tion and accordingly instructed the Engineer to ask the telephone company to 
move the poles. 
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avoid an accumulation of large quantities of scrap materials by scrap dealers 
to the detriment of the consuming mills and the national defense program gen- 
rally, that, whenever the State Highway Commission has scrap materials for 
sale, it turn over such scrap material to the consuming mills at the maximum 
prices established by the government for the respective grades of scrap, rath- 
er than take competitive bids for the purchase of the same. The Commission 
deferred a decision in the matter, pending receipt of information from the 
OP k. The matter was referred to the Engineer to secure such information. 


The Engineer reported the award of contracts for highway construction 
work, as follows, under authority previously granted him by the Commission, the 
conditions of the awards having been satisfied: 


Grading and topping the West Unit of Sherars Grade Section of 
the Sherars Bridge Secondary Highway, in Sherman County. Bids taken 
September 4; contract awarded September 16, 1941, to Norris Bros., 
the low bidders. 


Grading the Madras-Juniper Butte Section of The Dalles-California 
Hizhway, in Jefferson County. Bids taken September 4; contract award- 
ed September 22, 1941, to Leonard & Slate, the low bidders. 


Grading the Warm Springs River-Mill Creek Section of the Warm 
Springs Highway, in Wasco County. Bids taken September 4; contract 
awarded September 23, 1941, to ilax J. Kuney, the low bidder, 


Swisshome “ock Production Project on the Siuslaw and Alsea- 
Deadwood Highways, in Lane County. Bids taken September 4; con- 
tract awarded September 24, 1941, to A. S. Wallace, the low bidder. 


Surfacing and oiling the Salt Creek-"lanley Ranch Section of the 
Little Butte Secondary Highway, in Jackson County. Bids taken Sep- 
tember 4, 1941; contract awarded October 1, 1941, to Norris Bros., 
the low bidders. 


Pendleton-Meachan Rock Production Project on the Old Oregon Trail 
Highway, in Umatilla County. Bids taken September 4; contract award- 
ed October 3, 1941, to A. S. Wallace, the iow bidder. 


The Commission confirmed such awards as reported. 


The Engineer reported a request from the City of Oregon City for 
nermission to construct a driveway, permitting access to the Pacific Highway 
from Block 12, between 13th Street and 14th Street, in Oregon City. He said 
that the city will pay the costs involved and will do the work in conformance 
with state requirements. He recommended a proval of the request subject to 
the condition that a traffic divider is installed on the highway pavement in 
front of this block to separate the traffic, such divider to be constructed 
and paid for by the state. The Commission approved the recormendation under 
the condition that the city will not allow traffic to turn to the left when 
entering the highway over this driveway. 


Ne a 
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of Commissioner Oliver. An agreement with the county court was thereupon 
signed; however, the Secretary was instructed to retain all copies of the 
agreenent until Comaissioner Oliver's reaction thereto nas been secured. 


The matter of adopting speed zones for the Oregon Coast Highway 
between Cannon Beach and Manzanita was brought up for discussion by the En- 
gineer. He recomaended that speed zones be established as follows: 


40 miles per hour between mile post 24 and mile post 25 


30 " n " " " "25 " " " 26.5 
20 " " " " " " 26,5 " " " 27 
15 " " " " " " 297 " " " 28 
25 " " " " " " 28 " " " 2 
3 5 " " " " " " 29 " u " 32.5 
45 " " n" " " 32,5 " " " 36 
55 " " " " " 36 " n " 44 


After discussion the Commission approved the recommendation as a trial propo- 
sition, The Attorney was instructed to prepare an appropriate form of reso- 
lution with respect thereto for consideration at the next meeting. 


The Commission by unanimous vote confirmed, subject to approval by 
Governor Sprague, oral action heretofore taken authorizing Mr. Walter Meacham, 
member of the Old Oregon Trail Centennial Committee, to go from Portland to 
Marysville, Kansas, at state expense, in the interests of the Centennial, 


County Judge A. H. Boice, of Curry County, and lr. Jay Moltzner, 
attorney at Gold Beach, representing the Gold Beach Chamber of Commerce, 
came before the Commission in regard to the proposed improvenent of the 
Oregon Coast Highway through Gold Beach. They gave as their understanding 
that the Highway Commission has decided to construct this improvement on a 
60! right of way, whereas the people of Gold Beach with few exceptions are 
most decidedly in favor of an 80' right of way improvement, and feel that 
they are entitled to it, They urged the Commission to modify its decision 
and provide a standard improvement on an 80' right of way basis. 


Chairman Cabell advised that the Comission had ,iven this matter 
considerable thought, and did not make its decision until the attitude of 
the people of Gold Beach had been ascertained by representatives of the High- 
way Department, who found that while the people were inclined favorably to an 
30' right of way improvement, they did not object to the improvement on a 60! 
right of way. Another reason that the Commission decided on a 60! right of 
way was because of the extra right of way expense, investigations having re- 
vealed that to provide an 30' right of way would cost over $40,000 more than 
a 60! right of way. The Vommission, he said, would not particularly object 
to paying the extra cost to construct on an 80' right of way, but could not 
see its way clear to pay the extra right of way costs and, so far as he per- 
sonally is concerned, he has not changed his mind, although he favored an 80! 
right of way improvement at reasonable extra expense. 


RETOOL 
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The Engineer brought up for discussion the matter of installing 
traffic signals on the Tualatin Valley Highway at certain street intersections 
in Hillsboro. The Engineer advised that a traffic survey made at this place 
some time ago indicated that traffic lights were not justified; however, the 
opening of the Wilson River Highway to public use has changed the situation 
and it is now apparent that traffic lights should be installed. He recommend- 
ed the installation of fixed-time signals at the intersection of First, Second, 
and Third Streets with the state highway, provided the City of Hillsboro will 
pay one-half of the cost of the installations which he estimated would amount 
to about $4,500. The Commission approved the recommendation. 


The Engineer also brought up for discussion the matter of establish- 
ing speed zones on the Pacific Highway West in the town of Tigard. He advised 
that the town of Tigard is not incorporated, hence the Highway Commission has 
authority to control the speed of traffic if it so desires. He recommended 
the following speed limits: 35 miles per hour between mile post.9.477 (station 
55+00) and mile post 9.875 (station 76+00), and 35 miles per hour between mile 
post 10.170 (station 91460) and mile post 10.780 (station 123+80). He also 
recommended installation of a flashing beacon at the intersection of this high- 
way with the Beaverton-Aurora Secondary State Highway. The Commission approved 
both recomendations. The Attorney was instructed to prepare an aporopriate 
form of resolution relative to the establishment of the speed zone for adop- 
tion by the Commission at its next meeting. 


The matter of adopting speed zones for the Siletz Secondary Highway 
was also discussed. The Engineer advised that investigations made as to the 
necessity of establishing speed zones on this highway reveal that they are not 
justified and he accordingly recommended against such procedure. However, in 
view of the number of accidents that have occurred on this highway, he suggest- 
ed that appropriate signs be installed at curve points warning the traveling 
public to drive carefully and to beware of other traffic. The Commission ap- 
proved the suggestion. 


The Commission adjourned at 12:15 p. m. and reconvened at 1:30 p. m. 
in the same room with the same persons present and participating. 


Mr. William Tugman, Eugene, was present and discussed briefly with 
the Commission matters pertaining to the "Route F" Highway. He questioned the 
advisability of spending any state funds for the improvement of this road, and 
gave as his opinion that the project never should have been started, The Com- 
mission took no action. 


The Commission discussed Lincoln County's indebtedness to the state 
for highway purposes, which account amounts to $15,500, The Attorney advised 
that the county is willing to settle this account on a 50-50 basis, in other 
words is willing to pay the state 37,750 if the Highway Commission will con- 
sider such amount as settlement in full and will approve payment out of the 
county's share of the state gasoline tax fund as follows: $1,500 to be paid 
from the December 15, 1942, allotment of motor vehicle funds and a like sum 
each December thereafter until the full amount is paid. The Commission ap- 
proved such settlement subject to the condition that it meets with the approval 
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second-low bidder was Clifford A. Dunn, Klamath Falls, with a bid 
of $54,523.00. There was only one other bid received. The Commis- 
sion awards this contract to Rogers Construction Company at its low 
bid of $47,451.00. 


"Klamath Falls Rock Production Project on four state highways 
near Klamath Falls, in Klamath County. Rogers Construction Company, 
Dayton, Washington, submitted the low bid for this work, in the 
amount of $17,500.00. Clifford A. Dunn, Klamath Falls, submitted 
the next-low bid, in the amount of $19,225.00, There were two high- 
er bids received. The Commission awards this contract to Rogers 
Construction Company at its low bid of $17,500.00. 


Nai ntenance Station at Alkali Lake, in Lake County. Two frame 
dwellings and one frame equipment building; also drill well, furnish 
and install pumping plant, lighting plant, and other miscellaneous 
work. ‘Tri-State Construction Company, Portland, submitted the only 
bid on this project, in the anount of $21,092.56. The Commission 
awards this contract to Tri-State Construction Company, at its bid 
of $21,092.56. 


"North Burgard Street Section of city streets in Portland, Muit- 
nomah County. 0.72 mile grading and paving. Porter W. Yett, Port- 
land, submitted the low bid for this work, in the amount of $32,70450 
The next-low bidder was Parker-Schram Company, Portland, with a bid 
of $33,500.20. There was only one other bid received. The Commis- 
sion awards this contract to Porter W. Yett, at nis low bid of 
$32,703.50. 


12 a Rg Ml ig Ba 1 NR 2 Me 


"Gerking School-Athena Section of the Athena-Holdman Secondary 
Highway, in Umatilla County. 2.97 miles grading, surfacing and oil- 
ing. The only bid received for this work was from Rogers Construc- 
tion Company, Dayton, Washington, in the amount of $26,229.00. The 
Commission rejects this bid and orders the project readvertised. 


"South Hermiston Section of the Old Oregon Trail Highway, in 
Umatilla County. 0.70 mile grading, surfacing and oiling. Jacobsen- 
Jensen Company, Portland, submitted the low bid for this project, in 
the amount of $24,460.20. There was only one other bid received for 
this work, being that of the Rogers Construction Company, Dayton, 
Washington, in the amount of $25,037.50. The Commission awards this 
contract to Jacobsen-Jensen Company, at its low bid of $24,460.20. 


"Sylvan-West Slope Section of the Tualatin Valley Highway, in 
Washington County. 1.44 miles grading and paving. Jacobsen-Jensen 
Company, Portland, submitted the low bid for this project, in the 
amount of $106,528.00. The second-low, and only other bid submitted, 
was that of Porter W. Yett, Portland, in the amount of 114,061.00. 
The Commission rejects these bids. 


f- 
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Mr. Moltzner advised that the recent fire in Gold Beach has altered 


property values, and the probabilities are that an 80' right of way can now 
be acquired at much less expense than before the fire occurred. The matter 
was discussed at considerable length and as a result the Commission agreed to 
construct the project on an 80' right of way basis, if the cost to acquire an 
30' right of way does not exceed the cost to acquire a 60' right of way by 


property in company with Mr. Moltzner, within the next week or ten days. 


more than $20,000. The Attorney was instructed to make a reappraisal “pe 


At 3:00 p. m, Chairman Cabell announced two contract awards as fol- 


lows, bids for which were taken on the previous day: 


bids for which were taken at the morning session, such awards having been pre- 


"Sale of scrap steel:- The bids for this project were rejected 
on the previous day. However, at that time the Commission was of the 
belief that the government limitation of prices was based on a figure 
F.0.B. Portland, whereas it really is F.0.2. Seattle. Had the Commis- 
sion known this, he said, it would have accepted the bid of the high 
bidder, Zidell-Steinberg Company. The Commission has, therefore, re- 
considered the matter ard is today awarding the sale to Zidell-Stein- 
berg Company at its high bid of $11.66 per ton, 


Mreck and remove one frame building and one concrete building 
at 101 S. E. Union Avenue, East Portland:-The bids for this project 
were referred to the Engineer on the previous day. “he Commission 
has reconsidered them and has awarded the contract to Shipyard Wood 
Company, Portland, at its bid of $400.00." 


Chairman Cabell also announced the award of contracts as follows, 


viously approved by the Commission by unanimous vote: 


Tren Rock Production Project on the Corvallis-Newport and Kings 
Valley Secondary Highways, in Benton County. A. T. Dolan, Tillamook, 
submitted the low bid for this work, in the amount of 925,200.00. 

R. 0. Dail & Warren Bros., Portland, were second-low, with a bid of 
25,320.00. There were two higher bidders. The Commission awards 
this contract to A. T. Dolan, at his low bid of $25,200.00. 


"Cinder Butte-Juniver Ridge Section of the Lakeview-Burns High- 
way, in !larney County. 4,8 miles grading and 13.1 miles surfacing 
and oiling. Rogers Construction Company, Dayton, Washington, sub- 
mitted the low bid for thie project, in the amount of g118,252.60. 
Tne next-low bidder was Babler Bros., Portland, with a bid of 
$139,999.50. There was only one other bid received, The Commission 
awards this contract to Rogers Construction Company, at its low bid 
of $118,252.60. 


"Diversion Canal-Midland Overcrossing Section of the Midland 
Secondary “Yighway, in Klamath County. 2.07 miles grading, surfacing 
and oiling. Rogers Construction Company, Dayton, Washington, sub- 


mitted the low bid for this work, in the amount of $47,451.00. The 
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A delegation from Ashland, consisting of Franklin J. Van Dyke, City 
Attorney, Mr. T. S. Wiley, Mayor, Mr. Green of the Ashland Tidings, and Mr. 
Homer Billings, was present in regard to the improvement of the Pacific High- 
way at the Plaza Corner in Ashland. They renewed their request for this im- 
provement at the earliest possible time. They were informed by Chairman 
Cabell that the project will require considerable extra right of way and that, 
according to options taken from the property owners, such right of way will 
cost about $82,000 which, in the minds of the Commission, is excessive as 
compared with the cost of construction, which is estimated at $20,000, The 
delegation strongly urged the improvement as an extreme necessity notwithstand- 
ing the difference in cost of right of way and construction. Chairman Cabell 
expressed regrets that the right of way costs are excessive, which prevents 
the Commission from proceeding with the work, He said, however, that the Com- 
mission would give the matter further consideration and would make a final de- 
cision after consulting Commissioner Oliver, In the event such final decision 
is adverse, then the delegation will be given an opportunity to discuss the 
pro ject with the Commission again. 


The Assistant Attorney reported the status of the right of way budg- 
et, He advised that the amount of $600,000 was budgeted for this purpose in 
1941; however, obligations up to the present time exceed this amount by about 
$45,000 although actual expenditures during this calendar year, in his estima- 
tion, will not exceed the amount of the budget. He also advised that of the 
$800,0@ budgeted for purchase of right of way for the Front Avenue Project in 
Portland $501,800 has been obligated, and, in his estimation, actual expendi- 
tures this year will not exceed $650,000, The Commission approved the report. 


The Attorney brought up for discussion the matter of acquiring a 
small, triangular tract of land, containing 352 square feet, within the wye in- 
tersection of Union Avenue and Denver Avenue, Portland. He advised that this 
property is owned by Swift & Company which has agreed to sell it to the state 
for the sum of $50 under the condition that the Standard 0il Company, which 
has the property under lease, is allowed the use of a 9-foot strip of right 
of way extending southerly from the triangular tract a distance of approxi- 
mately 85 feet and is also granted a revocable permit, allowing the oil com- 
pany the use of another strip of land 37 feet wide and approximately 160 feet 
long, immediately joining the 9-foot strip on the south. It was explained 
that the two strips are to be used by the oil company for driveway and parking 
purposes in front of its service station at this location and that no build- 
ings will be constructed thereon. After considerable discussion the Commis- 
sion approved the purchase of the triangular area at $50 and the granting of 
a revocable permit for the use of the 9-foot strip, without charge; however, 
denied the request for the use of the 37-foot strip. (See map attached to 
right of way file Nos 5671.) 


The Attorney also reported a conversation with Mr. Harvey Wells, 
owner of certain property on the east side of the Pacific Highway near the 
Interstate Bridge, a portion of which property is needed for widening the 
highway at this point. He stated that, in the discussion of this matter, 
ir. Wells suggested that it would be advisable for the state to acquire ad- 
ditional land at this location, which he thought would be needed in connection 
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Mr. Howard H. Kramer, City Manager, Milton, Oregon, and County Judge 
Carl W. Chambers of Umatilla County, were present. They inquired as to the 
Commission's plans for a proposed revision in the Oregon-Washington Highway 
between the town of Milton and the Washington state line. They were informed 
by Chairman Cabell that the Commission had this project in mind at one time 
for fairly early construction; however, due to the failure of Congress to pass 
the bill that would have provided federal funds to finance it, the project had 
to be postponed and the Commission has no idea at the present time just when 
the job will go forward. Mr. Kramer urged the Commission to reconsider the 
natter and construct the project at the earliest possible time. He advised 
that the State of Washington has already purchased right of way for the Wash- 
ington Section; furthermore, the State of Washington at one time had the money 
approprizted to pay for its section, but couldn't spend it because Oregon 
couldn't build its section, it appearing that both sections had to be con- 
structed simultaneously. He stated that the project is a very important one, 
and the people are very anxious to have it constructed without delay. Judge 
Chambers also spoke in behalf of the project. The Engineer advised that, 
while the alignment of the new highway has been approved, no definite survey 
has yet been made. He gave as his thought that it would be a good idea to 
make a location survey now and secure right of way options so that everything 
will be in readiness when the Commission sees its way clear to proceed with 
the improvement. After some discussion the Commission authorized the survey 
and the taking of options for needed right of way. Chairman Cabell advised 
that it is doubtful that the Commission can do this job next year on account 
of uncertainties of funds; however, the Commission will do the best that it 
can. 


Mr. Kramer then brought up for discussion the improvement of Main 
Street in Milton, which street is occupied by the railroad tracks of the Walla 
Walla Traction Company, under franchise from the city. He said that the street 
is in bad condition and needs repair at once, and that the present condition 
is not caused by railroad traffic but is principally the result of heavy truck- 
ing. Chairman Cabell stated that the Highway Commission is willing to cooper- 
ate in the improvement, but, in his estimation, the railroad company should 
carry out its contractual obligation as set forth in its franchise, or the 
equivalent thereto. The Engineer suggested that the railroad company should 
be required to at least install new ties and ballast and bring the rails up to 
the proper elevation of the street and, if the company would do that, the 
state might do the paving work between the rails in connection with the pav- 
ing of the rest of the street. The matter was discussed at some length, but 
the Commission deferred a definite decision pending receipt of additional in- 
formation. 


ere: 


Mr. Kramer agreed to furnish the Engineer with a copy of the rail- 
road company's franchise, and it was agreed that a meeting on the ground should 
be held among the engineers of the state highway department, representatives 
of the railroad company, and representatives of the City of Milton to arrive 
at some arrangement which it is understood would be confirmed by the princi- 
pals. It was also understood that the final arrangement would be covered by 
written agreement between the parties concerned. The meeting is to be held 
within the next couple of months, if possible. 
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WHEREAS, as a result of negotiations carried on with the 
owners of the property required, options have been obtained, which 
options have been considered by the Commission, outlining the bases 
of settlement which nave been agreed upon, and 


WHEREAS, it is the judgment of the Commission that the 
said options should be approved ani accepted, and/or the said re- 
ports be declared acceptable to the State Highway Commission as 
bases of settlement for the properties involved, and that the ac- 
quisition of the properties should be completed: 


NOW, THEREFORE, BE IT RESOLVED that the several offers, 
or bases of settlement hereinafter enumerated be, and the same 
hereby are, approved and accepted, and that the Attorney for the 
State Highway Commission be, and he hereby is instructed to com- 
plete the acquisition of the said properties and to take title 
thereto in the name of the State of Oregon. The said properties 
hereby ordered and authorized to be acquired are as follows: 


Section, Hwy., and Owner Purpose Acres Approximate Amounts agent 


Camp Clatsop-West Lake Section, Oregon Coast Highwa) 
9545-Tagg, David, Estate aT 0.265 $200 per acre, plus Witt 


(Correction) $171.50 


Commercial Street-Astor Street Section, Oregon Coast Highway 
5870-Endicott, J. C. W 105 sq.ft. In exchange for par- 
(Correction) Slope Easement 20 ft. cel of land lying in 
Lot 5, Blk. 10, Mc- 
Clures' Add.to Astoria, 
outside R/W, plus 
$202.00 Witt 
5861-Wise, ilathan, Trustee R/W 20¢ sq.ft., plus " 
(Correction) $515.20, + conveyance 
from state of 500 sq. 
ft., in Lot 1, Blk.1ll, 
Astoria, (outside R/) 


Gearhart-Seaside Section, Oregon Coast 

9468-Johanns, A. J. R/V 3600 per a., + $220.50 Witt 
plus low bid 91350, 
moving houses, garage, 
etc. 


warshfield-Coquille Section, Oregon Coast Highway 


9019-Russ, Joseph, Estate Slide Mater- 
ial Site 4.51 $50.00 LUMP SUM Benson 


pega ORISA see er 
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with the traffic grade separation structure that is proposed for this loca- 
tion, and he indicated at the time that he would be willing to sell the prop- 
erty to the state if the Commission wants it. The question arose whether or 
not the additional area is absolutely needed for future developments at this 
point. The Engineer was instructed by the Commission to investigate and re- 
port on the situation. 


The Attorney also rendered a brief report on the acquisition of the 
Mead property adjacent to the Upper Columbia River Highway which it is contem- 
plated to acquire for park purposes. He advised that there are more than 100 
acres of land in the Mead tract and that the owners are asking $4,000 for the 
same. The Parks Superintendent, who was present, stated that he is interested 
only in securing enough of the property to protect the roadsides and is not 
particularly concerned with acquiring the entire area for park purposes. He 
pointed out that the right of way is quite crooked at this point, and some of 
the Mead property will be needed for right of way when the highway is realigned, 
The Commission appeared disinclined to purchase the entire area; however, or- 
dered further negotiations with the owners with respect to acquiring right of 
way for the proposed highway revision with sufficient area on each side to 
protect the waysides. 


The Assistant Attorney reported results of further negotiations with 
Serling and Dolan, Gardiner, with respect to the acquisition of extra right 
of way needed for the improvement of the Oregon Coast Highway in front of the 
Serfling and Dolan store in Gardiner. He subaitted two alternates as a solu- 
tion of this problem which concerns the location for the gasoline pump which 
is now maintained by Serfling and Dolan in front of their store building, one 
of which alternates provides for the purchase of 3,180 square feet of land at 
20 cents per square foot plus damages in the amount of $5,550, and involves 
total destruction of the gasoline pumps. The other provides for the purchase 
of a smaller area at 15 cents per square foot plus $50, subject to the under- 
standing that the right of way width will be reduced from standard 40-foot 
width to approximately 31-foot width, and the curb will be built out on the 
adjoining private property so that vehicles may be serviced outside of the 
right of way limits. This settlement also involves the securing of an ease- 
ment for the construction of the sidewalk upon the adjoining private property. 
After consideration the Commission approved settlement upon the basis of the 
latter alternate. (See details in right of way file 9665.) 


The Attorney requested authority to acquire certain parcels of real 
property that are needed for various highway improvements throughout the state. 
He submitted a list of such properties together with offers that he recommend- 
ed be made in connection with each. After careful consideration of the vari- 
ous items the Commission approved the request, and by unanimous vote adopted 
the following resolution with respect thereto: 


WHEREAS, in connection with the further improvement of the 
highways hereinafter designated, it is and has been necessary to ac- 
quire property for right of way, quarry sites, gravel or other mate- 
rial sites, or sites for the storage of materials, as hereinafter 
more definitely set forth, and 
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a 


Section, Hwy., and Ower Purpose Acres 


Davies-Vadis Section, Wolf Creek Highway 
9781-Luck, Katie Quarry 10,01 


9780-Hartramph, 0. B. " 9.96 


9655-Lincoln County Logging Co." 

9637A-Scott, William " 

9656-0'Shea, M.J.F. " 

9638-Wood, Ellen E. " 

9637-Scott, William " 
(Correction) 


9653-Ketola, Gustaf Ivar 
(Correction) 


9640-Mack, Wallace B. 
(Correction) 


Sylvan-West Slope Section, Tualatin Valley Highwa 
9698-Grim, L. V. Slope Easmt. 1623 sq.ft. GRATIS 
" 


9758-U.S. National Br. " e 735 
9696-Gestring, Carl F. " " 980 


9699-Cooke, James " 
Daniel 

9697-Hartshorn, H. A. " 2,466 

9702-Farrell, Robert 2,911 
Danley 

9695-Miller, F. A. 1,500 
et ux 


10,889 


Foster-Cascadia Section, Santiam Highway 


9779-Short, John F. Quarry and 7.43 
Stock Pile 
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Approximate Amounts 


Agent 


$75 per acre + $7.50 Collins 
4.5 acres at $150 " 

per acre 
5.46 acres at 975 per 

acre + $15.50 


$100 per a. plus $18 McChesney 
$50 per acre sg 
$147 per acre (plus) " 
$100 per a.t+ 9100 
$23 per acre 8 
1.5 acres at $100 per 
acre 
0.58 acre at $10 per 
acre, plus $244.20, 
plus low bid of 3600 
moving buildings 
0.75 a. at $100 per a. " 
0.41 a. at $10 per a,, 
+ $246.25, + moving bldgs., 
low bid $9984.50, + filling 
estimated $50 
$100 per a.+ $479, + 
moving bldgs. - low bid 
$1157, + filling est. 
$900 McChesney 


Benson 

GRATIS Witt 

Land GRATIS, plus " 
$50 

GRATIS * 


Land GRATIS, + $25 5 
GRATIS 


GRATIS 


(at $67.30 per acre) Chapman 
Lump Sum $500 


9 Ct Mt TR asta ts SERA 
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Section, Hwy., and Owner 


North Bend-Marshfield Section, Oregon Coast Highw 
9500-Wirth, W. L. R/W 6,000 sq.ft. 13 1/3¢ sq.ft. 
" " 


9512-Banks, Robert 

8049-Sisters of Mercy of 
Oregon 

9490-Donnelly, Madge 


9492-Sisters of liercy of 
Oregon 

9498-Coyle, Cora Swanson 

9499-Sandine, John 

9501-Goodlin, Ira L. 

9503-School Dist. #13 


Slope Esmt. 


9513-Lee, Ada Hartley and 
Angie E. Wilsox 
9530-Hoselton, M. G 
9531-Segelken, B. i. 
9558-Doane, C. C. 
9559-Cavanaugh, R. L. 
9560-Tewsley, J. H. 
9670-Culver, W. T. (Company) 


Gardiner Section, Gregon Coast ha, 
9152-McMindes, E. W. we 4.36 a. 


Slope Esmt. 810 sq.ft. 


9154-Brown, Ophir H. 


9665-Serfling, B. A. and 
Ellis J. Dolan 

9153-Perkins, Carl M. and 
Henry Helgerson 


Purpose Acres Approximate Amounts Agent 
Benson 
6,000 sq.ft. " 
" 5,320 " " " 
rt 6,000" 15¢ sq.ft. " 
3,000 " 31 2/3¢ sq.ft. " 
9,000 
R/W 66 " 30¢ sq.ft. " 
Slope Esmt. 30-ft. Slope Easemt. $80.20 
3,000 sq.ft. 15¢ sq.ft., + $1,300 


® 6,000 =" 15¢ sq.ft. + $5,100 


n 
m 3,000 " 13 1/3¢ sq. ft.+ $500 " 

" 
tt 872 " 15+¢ n 


sq.ft. 


10-ft. slope easement 
R/W 5,000 sq.ft. 10f¢ sq.ft. + $850 " 
" 2,400 " 15¢ sq.ft. + $1,640 " 
" 1,17% * 15¢ sq.ft. m 
" 3,000 " 31 2/3¢ sq.ft. " 
" 3,000 * 25¢ eq.ft., + $1,050 " 
n 3,000 * 15¢ sq.ft. + $750 " 
n 3,038" 15¢ sq.ft. " 


$150 per a. + $560 Witt 
GRATIS, + $41.20 for " 
moving fence & shrubbery 

& reseeding lawn 

15 plus cents sq.ft. n 
plus $50 

Land $1500 + $2300 . 


R/W 3,180 sq.ft. 


" Approx. 
18,136 sq.ft. 


Nyssa Underpass-Snake River Section, Old Oregon Trail Highway 


9723-Barnes, W. C. 


Damages by reason of change in grade in Landon 
Nyssa - $312.50 


Front Street Project - Columbia Avenue South (Portland), Pacific Highway West 
8651-Breall, J. and Sophia R/W 5,000 sq.ft. $4,250.00 McCallister 
" 


g946-Miller, Wesley 
8788-Wiederhold, Paul G.,Jr. 


9789+Philan, Rachel 


9789A-Philan, Rachel 
9g00-Beck, William F. 


" Sie * $3,250.00 
Temporary slope easement during con- " 
struction of highway - $5.00 per month 
Permanent slope easmt. over 360 sq.ft. " 
GRATIS; however, state will reconstruct 
concrete entrances and steps to house. 
Estimated cost $50 
R/V 2,520 sq.ft. $1427 Lump Sum 8 
*e 10,339 °° $6000 " 


Section, Hwy., and Owner Purpose 


8612-Nelson, Leif ii. Slope 


Easement 


6606A-Jefferson County 


Umatilla County 


gs 


Hermiston East,O0ld Oregon Trail Hi 
2330-Hanby, Henry E. 
2333-Rohrman, A. F. " 
2335-Bensel, August F., " 
Estate 
2345-Hermiston, City of " 
2337-Claud Wilcox, E. M. A 
Barrett, J.O. French 
2338-0'Grady, Julia E. " 


2336—Best, Daisy I. and " 
Delbert Emert 


9644A-Parr, Arthur 


9644-Umatilla Indian Reservation 


9644B-Luton, Samuel " " 


9644C-Greer, Arthur " " 


Reedsport Section, Umpqua Highway 
4,700-"eCabe, H. M. and R/W 


Pacific Sav. & Loan Assn. 


Edward G. Weber 


Madras Section, The Dalles-California Highway 


9754-Keen, Louis M. Quarry 
Stock Pile 
9755-Sanders, Claude Stock Pile 


hwa} 


Stock Pile 


Madras Section, The Dalles-California Highway 
8606-LaForge, Eva and R/W 


Slope Esmt. over 1 lot GRATIS, + $2.50 


Acres 


R/V 3,855 sq.ft. 


3.57 
1.03 


1.44 
0.04 
286 sq.ft. 


0.249 

0.164 
(Approx. ) 

0.159 


0.60 


Deadman's Pass-lMeacham Section, Old Oregon Trail 
quarry 
& haul road 


10.31 


0.99 
0.83 


1.17 


869 sq.ft. 


Wolf Creek-Grave Creek Sack Pacific Highway 
8868A-Waller, T. B. 1.55 $100 per acre 


3.14 
4.8 


Approximate Amounts 


Permanent easement 
over 250 sq.ft.GRATIS 
if sq.ft. 


gl00 per a. + fencing 


$400 per a. + 
9400 per a. + fencing 
1f sq.ft. + 36.00 


GRATIS 


9400 per a. + 8.10 


400 per a. + 1582.10, 


+ 1650.90 
$400 per a. + $1183 
+ fencing 


Lease - cr. rock, not Landon 
to exceed 10,000 cu. 
yd. at 2¢ cu.yd., + 
$2.50, + fencing 


5 yr. lease, $5 per 
yr., + $l, + fencing 
5 yr. lease, $5 per 
yr., + $l 

$50 per acre 


if sq.ft. + 3125 


$50 per a. plus 
9256.25 
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Agent 


Cozad 


n 


Helix Junction-Athena Section, Athena-Holdman Highwa 
9756-School Dist.#17 RW 600 sq.ft. 0.0083 sq.ft. + mov- Landon 


ing fence and gate 
$140.00 per a. + 
$7.50, + fencing 


" 


3112.50 Landon 


" 


Benson 


Gardiner 


Be 

i 
ae 
ae 

“e 
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Section, Hwy., and Ovmer 


Purnose 


Acres 


Illahe School-Albany Section, Pacific Highwa 
9484-Steiwer, Karl R/W 1.42 


9475-The Union Central Life " 


Insurance Co. 


Rainrock-Triangle Lake Section, Siuslaw Highway 


9787-Swenson, Roy 


Stock Pile 
0.32 acres 
haul road 
easement 


Eugene Section, Pacific Highway 


9532-Foreman & Petersen 


Borrow Pit 


Easement 


0 


1 


3. 


212 


03 


0s 


Eugene-Springfield Section, Pacific Highway 


9313-Shelley, R. S. R/T 


nm 6,000 


9327-Brownell, Howard M. 
9238-NeArthur, Joseph W. 
9241-Broders, Lillie L. 


9312-City of Eugene 
9231-City of Eugene 


R/Vi 2,964 sq.ft. 


" 25, 


Approximate Amounts 


$150 per a, + $32 
$25 Lump Sum 


$100.00 + fencing 
Lump sum 


$512.50, + filling 
hole south of pit 
Estimated 350 


5¢ sq.ft. 


sd sq.ft. 

2¢ sq.ft. + $256.20 
2¢ sq.ft. + $313.56 
4¢ sq.ft. 

GRATIS 


Eugene-Goshen Section, Willamette Highway 
R/W 8,598 sq.ft. 5f sq.ft. 


9320-Korn, George W. 


Fisher Road-Oak Hill Section, Eugene-Swisshome Highway 


#9562-Nielsen, Hans 


Wilson Ranch-Scottsburg Section, pg 


4520-iMurphy, Kenneth J. 


9791-ucCall, John A. 


Gravel Pit 1.0 $375 Lump Sum 
Umpqua Highwa 
Gravel Bar 0.63 Short term lease - 
Site 5,000 cu.yd. at 3f 


Parker 


Parker 


Gardiner 


Witt 


cu.yd.; 5,000 cu.yd.at 2¢ 


if per c.y. in excess 


of 10,000 cu.yd. 


g350 per a. + removing Cozad 


and rebuilding fence 


Terminal City-Klamath Falls Section, The Dalles-California Highway 


9745-Baker, James M. 


Madras-Crooked River Section 
8584-Pacific Power and 


Light Company 


Stock pile 


1 


Ae) 


The Dalles-California Highwa; 
W 1765 sq.ft. 


$250 Lump Sum, + 
fencing 


l¢ sq.ft., - in ad- 
dition state is to 


convey 3855 sq.ft. at lf sq.ft. 


or for sum of 338.55 


Weaver 


DeSouza 


#Commission approved the price with the understanding that the property is not 
to be purchased unless the contractor intends to use the pit. 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts 


Brogan-Jamieson Section, John Day Highway - Continued) 
9171-U.S. Government R/W 0.74 GRATIS, + fencing 


(Reclamation) 


Denver Avenue-Union Avenue Intersection, Pacific Highw 
567i-Mercer, Harry R/W 352 sq.ft. $50 Lump Sum. State 
(Swift & Co.) to give revocable 
permit to use strip 
9' wide immediately 
west of proposed 
Standard Oil Station 
McCallister 
Lone Rock Junction-Rock Creek Section, Wasco-Heppner Highway 
9743-Thompson, Austin S. Quarry 6.57 $150 Lump Sum McCallister 
(Estate) and Moyer, 
lydia G. (Estate) 


Pistol River-California Line Section, Oregon Coast Highway 
9809-Baurers, Carl Park 129.6 75 a. at $75.13 McChesney 


per a. 54.6 a. at 
$25 per acre 


Cape_Creek-Florence Secticn, Oregon Coast Highway 
9810-Lane County Park 40.0 #0 Lump Sum 


The Attorney reported the results of further negotiations for the 
acquisition of three parcels of property, as follows, needed as right of way 
for the improvement of the Wolf Creek Highway, in Washington County, which 
properties, he said, are now under condemnation: 


B. W. Armentrout, et al. 2.36 acres 
Charles Ellis Taylor, et al. 5.61 " 
B. F. Friday 2.98 * 


He said that the following settlements have been reached with the owners in 
order to avoid condemnation: 


B. W. Armentrout, et al. $875.00 
Charles Ellis Taylor, et al. $2,250.00 
B. F. Friday $175.00 


He recommended acceptance of the offers. After discussion the Commission, by 
unanimous vote, approved the settlements as recommended. 


The Attorney also requested authority to institute condemnation pro- 
ceedings to acquire certain parcels of real property that are needed for vari- 
ous highway improvements and concerning which he has been unable to reach 


i 


a a 


pe te ee 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


(Madras Section, The Dalles-California Highway - vontimues) 

8580-Hysom, Cornelius, R/W 21,563 sq.ft. l¢ sq.ft. Cozad 
Estate 

8568-Kerr, James D. " 975 * 4g sq. ft. " 

8605-Pier, Evalena E. R/W slope esmt. over 2 lots GRATIS " 

8625-Irving, Louise R. " " ® 15° x:190' CRATIS + $800 " 
(Correction) 

8609-Doty, R. M. and " " " over 3 lots GRATIS " 
Louise R, Irving 

8624-Irving, Lewis H. " " " over 2 lots GRATIS + $75 DeSouza 
(Correction) 

6111-U.S. Government R/W 62.24 Land Gratis + fencing Cozad 

Madras-He He Butte Section, Warm Springs Highwa 

9566-ifiller, Harry, R/W Rutt $25 per acre Cozad 
Estate 1.40 $5 per acre 

4.17 

Gilliam County Line-Umatilla Section, Columbia River Highway 

9570-iorrow County Stock Pile 14.03 GRATIS Landon 

Condon-Service Creek Section, John Day Highway 

9747-Gilliam County Stock Pile. 24,200 sq.ft. $1.00 McCallister 

Fossil-Service Creek Section, John Day Highway 

9752-Johnson, I. A. Quarry +10 $25 per a. + " 

fencing 


Condon-Fossil Section, John Day Highway 


9750-Edwards Company Stock Pile 1.0 $15 per acre McCallister 
9749-Putnam, John F. " " 1.0 $25 per a. + $5 " 
+ fencing 
9748-Stinehfield, Fred A. Quarry 6.31 $25 per a. + " 
fencing 


Rock Creek-Gilliam County Line Section, Wasco-Heppner Highway 
9744-Whyte, George Stock Pile 1.0 $25 per a. + $5 McCallister 


Brogan-Jamieson Section, John Day Highwa 
i = City of and Th 470 sq.ft. GRATIS Landon 


Malheur County 


9166-Davis, Geo. A. Estate " 0.01 $500 per a. + 
Robt. D. Lytle,et al. fencing " 
9172-Eastern Oregon Land Co. R/W and 14.53 6.61 a. at $100 per a. " 
Gravel Pit 7.92 a. at $5 per a. 
Road Easement 6.71 $22.35 per a. + $813.50 


+ construction diversion 
dam and fencing of gravel 
pit 
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expressly and specifically set forth, which said real properties 
and the specific purposes for which the same are being acquired 
are described as follows, to wit: 


Real property owned by Northwest Cities Gas Company, 
which property is located in the north half (Nz) of Sec- 
tion 32, Township 17 South, Range 3 West, W. M., in Lane 
County, Oregon, and is more particularly described on the 
attached sheets and designated as Parcels Nos. 1 and 2 
and is further identified in the records of the Highway 
Commission as file R 9230, and which property is being ac- 
quired for right of way purpeses in connection with the 
Pacific Highway;* 


Real property owned by Mabel J. Reagan, et vir., 
which property is located in Lots 1, 2, 3,4 and 5 of 
Block 3, Kincade Park, City of Eugene, in Lane County, 
Oregon, and is more particularly described on the attached 
sheets and designated as Parcel No. 3 and is further 
identified in the records of the Highway Commission as 
file R 9316, and which property is being acquired for 
right of way purposes in connection with the Pacific High- 
way 3# . 
Real property owned by the heirs of Peter Peterson, 
which property is located in the southwest quarter (sw) 
of Section 2, Township 26 South, Range 25 East, W. M., in 
Harney County, Oregon, and is more particularly described 
on the attached sheets and designated as Parcel No. 4 and 
is further identified in the records of the Highway Com- 
mission as file R 9796, and which property is being ac- 
quired for right of way purposes in connection with the 
Lakeview-Burns Highway;* 


PO MRR op Th MTN 


Real property owned by M. S. Kern, et ux., sold on 
contract to Roy C. Hale, et ux., which property is locat- 
ed in the east half (E3) of the northeast quarter (NE3) 
of the northwest quarter (NW2) of the northwest quarter 
(NW) of Section 14, Township 4 North, Range 28 East, 

W. M., in Umatilla County, Oregon, and is more particu- 
larly described on the attached sheets and designated as 
Parcel No. 5 and is further identified in the records of 
the Highway Commission as file R 2334, and which property 
is being acquired for right of way purposes in connection 
with the Old Oregon Trail; 


Real property owned by Elsie ll. Christensen, which 
property is located in the southwest quarter (SW) of 
Section 12, Township 1 South, Range 1 West, W. M., in 
Washington County, Oregon, and is more particularly de- 
scribed on the attached sheets and designated as Parcel 
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sati 
with 


File 


9230 
9316 
976 


9228 
2334 


9700 
9701 
9703 


sfactory settlements. He presented a list of such properties together 
offers that he recommended be made in condemnation, as follows: 
to. Name Purpose Required Recommended Offer 
Northwest Cities Gas Co. Right of Way $336.25 
Mabel J. Reagan et vir ee 8 $11,000.00 
Peter Peterson Estate Drainage Ditch 510.00 
Easement 
Frances G. Horn Park Site 3175.00 
M. S. Kern, Roy C. Hale, 
et al. Right of Way $1, 500.00 
Luella L. Minor Howell Slope Easement $150.00 
Elsie i. Christensen " " 


$150.00 to $200 
Charles H. Rogers ba bd $50.00 


After careful consideration of each of the items the Commission approved the 
offers recommended, and thereupon adopted the following resolutions authoriz- 
ing the Attorney to proceed with condemnation: 


WHEREAS, the State Highway Commission is authorized to 
locate, relocate, construct, reconstruct, maintain, widen, straight- 
en, and otherwise improve state highways, both primary an@ secordary, 
and said Commission is also authorized to construct shops, equipment 
sheds, office buildings, maintenance sites, patrolmen accommodations, 
and snow fences, and is authorized to acquire quarry sites, gravel 
pits, storage sites, stockpile sites, weighing stations, and broad- 
casting stations, and is further authorized to develop, construct, 
improve, operate, and maintain parks, parking places, auto camps, 
camp sites, roadside development, recreational grounds or resorts, 
and other places of attraction and scenic value; and 


WHEREAS, said Highway Commission is authorized to acquire 
by purchase, agreement, donation, or by the exercise of the power of 
eminent domain real property, or any interest therein, necessary or 
deemed by the Highway Commission necessary for the accomplishment of 
any and all of the foregoing things; and 


WHEREAS, in the judgment of the Highway Commission the 
several tracts or parcels of land hereinafter described are each and 
all necessary for the specific and particular purposes hereinafter 
specifically set forth; 


OW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the State 
Highway Commission as follows: 


1. That the Commission does hereby find and declare that 


the several parcels of real property hereinafter described are each 
and all necessary for the accomplishment of the purposes hereinafter 


RSE, Sins aac ee RO 


prosecute to a finaldetermination such suit or action, or suits or 
actions, as may be necessary and appropriate to acquire title to 
the -_ premises and all rights therein for the purposes herein 
stated. 


5. That this resolution be entered in full in the min- 
utes and records of this Commission. 


WHEREAS, by virtue of the laws of the State of Oregon, 
the State Highway Commission is authorized and empowered to ac- 
quire land or ground necessary for the development, maintenance, 
and operation of parks, parking places, automobile camps, camp 
sites, public square, recreational grounds or resorts, and land 
for the preservation of trees or timber growing thereon; and 


WHEREAS, said Highway Commission is authorized to acquire 
by purchase, agreement, donation, or by the exercise of the power 
of eminent domain real property, or any interest therein, necessary 
or deemed by the Highway Commission necessary for said purposes; and 


WHEREAS, in the judgment and opinion of the State Highway 
Commission it will be for the convenience and is for the best inter- 
ests of the general public that there be acquired for public purpose, 
to wit: for the purpose of developing and maintaining a park, rec- 
reational ground and/or resort, and for the purpose of preserving 
thé timber growing thereon, the following described parcel of land, 
to wit: 


a ee re me yearn nor 


Property of Frances G. Horn 


A parcel of land lying in the north half (Nz) of let 
16 (SE} of SEX) and in the south half (S3) of the south 
half (S#) of Lot 9 (NE} of SEZ) of Section 3, Township 1 
North, Range 10 East, W. M., Hood River County, Oregon, 
and being a portion of the following described property: 
that tract of land which was conveyed by that certain deed 
to Frances G. Horn recorded in Book 26, Page 143, of Hood 
River County Record of Deeds; the said parcel being all 
that portion of the foregoing described property included 
in a strip of land 110 feet in width, 80 feet on the west- 
erly side and 30 feet on the easterly side of the center 
line of the Mt. Hood Highway, as said highway has been sur- 
veyed over and across or adjacent to the said property; 
the location of the said strip of land (in so far as it 
encroaches upon said property) being determined by the 
said center line from Station 623+69.7 to Station 633+13.1, 
which portion of center line is described as follows: 
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No. 6 and is further identified in the records of the 
Highway Commission as file R 9701, and which property is 
being acquired for right of way purposes in connection 
with the Tualatin Valley Highway; 


Real property owned by Charles H. Rogers, which prop- 
erty is located in the east half (E}) of Section 11, Town- 
ship 1 South, Range 1 West, W. M., in Washington County, Ore- 
gon, and is more particularly described on the attached 
sheets and designated as Parcel No. 7 and is further identi- 
fied in the records of the Highway Commission as file R 9703, 
and which property is being acquired for right of way pur- 
poses in connection with the Tualatin Valley Highway.* 


2. That the Commission does hereby find and declare that 
each of the said described parcels of real property is necessary and 
acquisition of the same by the State is required for the specific 
purposes hereinabove set forth, and the said properties are being 
acquired for the express and specific purposes in this resolution 
set forth. 


3. That the State Highway Engineer be and he hereby is 
instructed and directed to make or cause to be made all surveys 
necessary in connection with the determination, description, and 
acquisition of said real properties, and said Engineer is further 
instructed to prepare and submit to the Legal Department necessary 
and adequate descriptions of the said real properties, which said 
descriptions shall be available for the preparation of any deed or 
deeds or other instrument or instruments necessary to complete the 
acquisition of said property or properties, whether said properties 
be acquired by purchase, donation, agreement, or by the exercise of 
the power of eminent domain. 


4. That J. M. Devers, Attorney for the State Highway Com- 
mission, be and he is hereby requested, authorized, and directed to 
attempt to agree with the owner or owners and/or with the tenants or 
persons in possession, if there be any, of said parcel or parcels of 
land with respect to the compensation to be paid for the taking of 
the same and the damage, if there be any, and in the event that no 
satisfactory agreement or agreements can be reached, then it is 
hereby further resolved that J. M. Devers, Attorney for the State 
Highway Commission, be and he hereby is requested to commence and 


(The detailed descriptions of the respective parcels of real property 
mentioned in this resolution are attached to the original resolution 
on file in the office of the State Highway Commission, Salem, being 
Resolution ilo. 17, under the heading "Real Property Condemnation 
Resolutions" and said descriptions by this reference are made a part 
of this minute entry to the same extent as if copied in full herein. ) 
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requested to institute and prosecute such condemnation proceeding 
or other suit or action as may be necessary to acquire the said 
real property. 


BE IT FURTHER RESOLVED that in such suit, action, or pro- 
cedure as may be prosecuted for the acquisition of said real prop- 
erty provision be made whereby title in fee simple shall be acquired 
in the name of the State of Oregon, by and through its State Highway 
Commission. 


The Engineer brought up for discussion the proposed egreement with 
the Southern Pacific Company with respect to the reconstruction of the Pacific 
Highway between Eugene and West Springfield, in Lane County. He presented a 
copy of the proposed agreement which he said, had been revised in accordance 
with previous understanding had with the railroad company officials, He rec- 
ommended approval of the agreement as prepared. After discussion the Commis- 
sion approved the recommendation and thereupon signed the agreement. 


In this connection the Attorney requested instructions relative to 
the closing of pptions for right of way needed for this improvement, and was 
authorized by the Commission to complete those taken for the property needed 
for the first project between Eugene and Judkins Point. 


The Commission discussed the signing of a petition for the exclusion 
of certain state-owned lands from the Klamath Irrigation istrict near Klamath 
Falls, in order to avoid the payment of annual taxes and other charges. It 
was explained by the Attorney that this petition is a substitute for one pre- 
viously signed by the Commission which contained several additional parcels, 
widely separated, and for that reason the petition was denied. The petition 
now under consideration simply provides for the exclusion of the highway main- 
tenance headquarters site at Klamath Falls,consisting of 6.8 acres, and he has 
been given to understand that the petition on such basis would be approved, 

He recommended acceptance of the petition as revised, notwithstanding that it 
does not exclude all of the state land that was mentioned in the original 
petition. The Commission approved the recommendation and thereupon signed 
the petition. 


The Commission also authorized the payment of $191.40 which has 
been assessed against this property for irrigation construction costs, it 
being understood that the Secretary of Interior will not approve the petition 
until such charges have been paid. 


The Commission discussed briefly the H. A. Hein controversy at 
Scappoose, which has to do with the operation of a state-owned quarry adja- 
cent to Mr. Hein's property at this place. A decision in the matter was de- 
ferred pending inspection of the premises by Chairman Cabell. 
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Beginning at a point which is Engineer's center line 
Station 623+69.7, opposite and 30 feet distant from which 
point the easterly line of the said strip of land inter- 
sects the south line of said property; said point being 
836 feet north and 820 feet west of the southeast corner 
of Section 3, Township 1 North, Range 10 East, W. M.; 
thence North 9° 14' West a distance of 271.5 feet; thence 
on a 204.62 foot radius curve right (the long chord of 
which bears North 20° 54' East 205.44 feet) a distance of 
215.2 feet; thence North 51° 02' East a distance of 16.3 
feet; thence on a 238.73 foot radius curve left (the long 
chord of which bears North 31° 14' 30" East 161.67 feet) 

a distance of 164.9 feet; thence North 11° 27! East a dis- 
tance of 44.4 feet; thence on a 286.47 foot radius curve 
rignt (the long chord of which bears North 28° 39' 30" 
East 169.50 feet) a distance of 172.1 feet; thence North 
45° 52' Bast a distance of 59.0 feet to Engineer's Station 
633+13.1, opposite and 30 feet distant from which station 
the easterly line of said strip of land intersects the 
north line of said property. 


The parcel of land to which this description applies 
contains 2.21 acres, of which 1.25 acres lie within the 
existing right of way, title to which hereby is acknow- 
ledged to be in the public, and 0.96 acre lies outside of 
the existing right of way. 


NOW, THEREFORE, BE IT RESOLVED that the said parcel or 
tract of land be and the same hereby is declared by this resolu- 
tion to be necessary for the purpose herein stated; and 


BE IT FURTYER RESOLVED that title to the said parcel or 
tract of land be acquired by the State of Oregon, by and through 
its State Highway Commission, for the above specified public use 
and purpose. 


BE IT FURTHER RESOLVED that the best interests and con- 
venience of the general public require that title to the said tract 
or parcel of real property be acquired for the purpose of develop- 
ing and maintaining the same for a park, recreational ground or 
public resort and for the purpose of preserving the timber growing 
thereon, and for the further purpose of making said parcel of land 
available for the use and enjoyment of the general public. 


BE IT FURTHER RESOLVED that J. M. Devers, Attorney for 
the State Highway Commission, be and he hereby is requested to 
negotiate further with the omer of said property and endeavor to 
acquire said property by agreement, and in the event that said 
property cannot be acquired by agreement, then the said J. M. 
Devers, Attorney for the State Highway Commission, is hereby 
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the lease of 160 acres of 0 and C lands situate adjacent to the Coos 
Bay-Roseburg Highway at the top of Camas Mountain between Roseburg 
and Camas Valley; also that, according to the terms of the lease, 
the Highway Commission can purchase such tract within a certain pe- 
riod if it so desires; however, there is a question in the minds of 
the personnel of the 0 and C Administration in Portland whether or 
not the lease agreement actually does provide for the purchase of 
the area under lease. In order to ascertain definitely the state's 
rights in the matter, he suggested that an attempt be made to ac- 
quire outright the Camas Mountain tract. The Commission approved 
the suggestion. 


Maintenance of two C.C.C. Camps:- The Parks Superintend- 
ent advised that two C,C.C. Camps that he has been operating in 
the past, viz., one at Short Sand Beach Park and the other at Saddle 
Mountain State Park, have bean discontinued and the camps vacated. 
He also said that the camps are now being maintained temporarily 
by his department, but there is a question whether or not he should 
continue to maintain them. He requested instructions. The Commis- 
sion considered it advisable to continue the maintenance of these 
two camps for a year or so and so ordered. 


Status of Helmick State Park with respect to the United 
States Army cantonment:- The Parks Superintendent advised that Hel- 
mick State Park is located within the area considered for the United 
States Army cantonment south of Monmouth, and the probabilities are 
that the government wil] want to acquire this tract. He recalled 
that the park was presented to the state as a gift by the Helmick 
family to be used exclusively for park purposes, and requested in- 
structions relative thereto in the event he is approached with re- 
spect to acquisition by the government. The Commission deferred 
a decision pending further contact by the government relative to 
the acquisition of the area. 


Sale of Port Orford Cedar Park near Port Orford:- The 
Parks Superintendent reported a request from Mr. W. G. Hellier, 
Bandon, to purchase this park which is situate adjacent to the Ore- 
gon Coast Highway about six miles north of Port Orford. Mr. Hellier, 
he said, desires the property for mining purposes, believing that 
the property contains valuable chrome ore. He recommended against 
the sale of the property. The Commission approved the recommenda- 
tion. 


The Commission considered the following requests for extensions of 
time within which to complete highway construction projects: 


McNutt Bros., contract No. 2252, for construction of a bridge 
over Devils Lake Fork on the Wilson River Highway, in Tillamook 
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A letter was presented from the Commissioner of Public Docks, Port- 


land, requesting a contribution in the amount of $50 from the State Highway 
Commission to help defray the expense of preparing maps for use in connection 


with the contesting of certain congressional legislation relative to the own- 


ership of submerged and tide lands. The Commission expressed appreciation of 
the importance of this matter and the seriousness of the proposed legislation, 
but questioned its legal authority to contribute state funds in connection 

therewith. The Attorney was instructed to convey such information to the Com- 


missioner of Public Docks. 


The State Parks Superintendent, Mr. S. H. Boardman, was present and 


reported on the following state park matters: 


tatus of 1941 budget:- He reported that the Commission 
authorized a budget of 100,000 for park acquisition in 1941, of 
which amount there has heen expended up to October 1, 14941, the sum 
of $92,863.95; and of the 930,000 authorized for betterment in 1941 
there has been expended up to October 1, 1941, $14,131.99. The cost 
of operation and maintenance of parks, for which the sum of $38,600 
has been budgeted, he said, has cost to date the sum of $29,917.16, 
leaving a balance of $13,100.00 estimated expenditure during the last 
quarter, which amount includes $5,600.00 for repairs to the Vista 
House at Crown Point. The Commission approved the report. 


Proposed addition to Harris Beach Park, Curry County:- The 
Parks Superintendent proposed the purchase of 129.6 acres of land ad~- 
jacent to the Oregon Coast Highway, about three miles north of Brook- 
ings, said property being owned by a Mr. Carl Bauers and being de- 
scribed as Lots 3, 4 and 5 and the NE} of the SE> of Section 36, Town- 
ship 40 South, Range 14 West, W. M. He said that this property joins 
a present state park and is one of the most scenic of the coastal 
areas, fronting on the Pacific Ocean opposite what is known as Goat 
Island, He advised that it can be purchased for $7,000, and recom- 
mended approval of the acquisition. The Commission approved the rec- 
omnendation and authorized inclusion of the item in the real property 
resolution heretofore adopted at this meeting. 


Purchase of wood lot in Lane County:- The Parks Superin- 
tendent advised that Lane County owns a 40-acre tract described as 
the SE of the NW} of Section 10, Township 18 South, Range 12 West, 
W. M., Lane County, which he would like to purchase as a source of 
supply for wood to be used in state parks located along the coast 
between Heceta Head and the Umpqua Lighthouse. Lane County, he said, 
has offered to sell this to the state for the amount of delinquent 
taxes against the sam, which is $30.00. He recommended purchase at 
such price. The Commission approved the recommendation and ordered 
that the item be included in the real property resclution. 


Purchase of O and C recreational tract:- The Parks Super- 


intendent advised that the State Highway Commission for the past 
eleven years has made annual payments to the federal government for 


ee 
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within which to complete this job. He alleged that his failure to 
complete the project within the specified time limit was due to ad- 
verse weather conditions which prevented the planting of grass seed 
for the lawn. The Engineer advised that the reason given by the com 
tractor for failure to complete the project within the specified 

time limit is correct. He recommended, in view thereof, that the ex- 
tension of time requested be, granted without penalty. A letter was 
presented from the Public Roads Administration concurring therein. 
The Commission approved the recommerdation. 


E. C. Hall, contract No. 2343, for surfacing, oiling and construc- 
tion of bridges on the Sanderson Bridge-Crabtree Creek Section of the 
Albany-Lyons Secondary Highway, in Linn County, requested an extension 
of time, from June 30 to July 5, 1941, within which to complete this 
project. They attributed their failure to complete the project within 
the specified time limit to adverse weather conditions. The Engineer 
advised that the oiling of the main mat was completed during the lat- 
ter part of May, that the second seal coat was completed on July 2; 
however, it was impossible for the contractor who was to do the oiling 
work, to start operations before this time, due to the press of other 
oiling work which he had under way. He gave as his opinion that the 
road benefited by the delay and use of the road by traffic between the 
applications of the first and second seal coats. He recommended that 
the extension of time requested be granted without penalty. The Com- 
mission approved the recommendation. 


Colonial Construction Company, contract No. 2357, for grading the 
Forest Boundary-Warm Springs River Section of the Warm Springs Highway, 
in Wasco County, requested an extension of time, from July 31 to August 
18, 1941, within which to complete this job. They attributed their 
failure to complete the project within the specified time limit to ad- 
verse weather conditions during the winter months, which prevented 
grading work, and to the increase in the quantitites of material moved 
and additional clearing work required, The Engineer advised that the 
reasons given by the contractor for failure to complete the project 
within the specified time limit are correct. He recommended, in view 
thereof, that the extension of time requested be granted without pen- 
alty. A letter was presented from the Public Roads Administration con- 
curring therein. The Commission approved the recommendation. 


J. F. Johnston, contract No. 2362, for construction of the King 
Creek Culvert on the Salem-Dayton Secondary Highway near West Salem, in 
Polk County, requested an extension of time, from December 31, 1940,to 
October 3, 1941, within which to complete this job. Mr. Johnston al- 
leged that actual work on the contract was completed well within the 
specified time limit and that the work which remained to be done simp- 
ly consisted of cleaning up the adjacent private property on which he 
piled surplus excavation material, with the consent of the owner, sub- 
ject to the understanding that he would remove this material during the 
sumer of 1941. The Engineer advised that while the contract called 
for completion of the work by December 31, 1940, the contractor was 
granted permission to delay the cleaning of the inlet and outlet 
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County, requested an extension of time, from November 30, 1940, to 
August 3, 1941, within which to complete this job. They attributed 
their failure to complete the project within the specified time lin- 
it to adverse weather conditions which would not permit painting of 
the structure. The Engineer advised that adverse weather conditions 
prevailed during the fall of 1940, which would not permit a good 
painting job, and on October 23, 1940, he ordered the contractors to 
discontinue such work until suitable weather in tne spring of 1941, 
so they are entitled to an automatic extension of time during this 
intervening period. The painting work was actually completed on 
July 11, 1941. He recommended that the extension of tine up to July 
ll, 1941, be granted, subject to the condition that the contractor 
be required to reimburse the state for extra engineering costs in- 
curred between July 1 and July 11, 1941. A letter was presented 
from the Public Roads Administration concurring therein. The Com- 
mission approved the recommendation. 


W. D. Miller Construction Company, contract No. 2319, for grad- 
ing, surfacing and oiling the Lost River Section of the Klamath Falls- 
Malin Highway, in Klamath County, requested an extension of time, 
from June 30 to August 1, 1941, within which to complete this job. 
They gave no reason for failure to complete the project within the 
specified time limit. The Engineer advised that he knows of no 
‘ reason why the construction should not have been completed within 
3 the time limit specified in the contract. He recommended the grant- 
d ing of the extension of time requested, subject to the condition 
that the contractor be required to reimburse the state for extra en- 
gineering expense incurred against the job subsequent to the speci- 
fied completion date. The Commission approved the recommendation. 


* aa 
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y Homer G. Johnson, contract No. 2325, for surfacing and bitum- 
inous macadam construction on the Germantowm Road-Barnes Section of 
the Skyline Boulevard, in Multnomah County, requested an extension 
of time of eight days, from July 31 to August 8, 1941, within which 
to complete this job. We gave no reason for failure to complete the 
project within the specified time limit. The Engineer advised that 
this contract was awarded by the Commission on June 13, 1940, and 
specified that the work should be completed by July 31, 1941. Fur- 
ther, that Mr. Johnson did not start clearing operations until 
March 11, 1941, and that he knows of no valid reason why the con- 
struction should not have been completed within the specified time 
limit. He recommended the granting of the request, subject to the 
condition that Mr. Johnson be required to reimburse the state for 
extra engineering expense incurred subgequent to the specified date 
of completion. A letter was presented from the Public Roads Admin- 
istration concurring therein. The Commission approved the recommend- 
ation. 


— 


E. L. Gates, contract No. 2342, for construction of a roadside 
improvement along the Pacific Highway East at Albany, in Linn County, 
requested an extension of time, from June 30 to August 11, 1941, 
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C. A. Dunn, contract No. 2399, for furnishing maintenance rock for 
the Deception Creek-Salt Creek Falls Section of the Willamette Highway, 
in Lane County, requested an extension of time, from June 30 to August 
7, 1941, within which to complete this project. Ye attributed his fail- 
ure to complete the project within the specified time limit to adverse 
weather conditions and to difficulties in securing a suitable quarry. 
The Engineer advised that the reasons given by Mr. Dunn for his failure 
to complete the work within the specified time limit are substantially 
correct. He recommended, in view thereof, that the extension of time 
requested be granted without penalty. The Commission approved the rec- 
omnendation. 


United Contracting Company, contract ..... <441, for yrading and pav- 
ing the St. Helens Section of the Columbia River Highway, in Columbia 
County, requested an extension of time, from July 31 to September 6,1941, 
within which to complete this job. They alleged that they were delayed 
in completing the project within the specified time limit by bad weather 
conditions and by increased quantitities of rock work to be performed. 
The Engineer advised that the weather during the progress of the work 
was normal and that there was no material increase in excavation quanti- 
ties; however, there was an increase of 388 tons in the paving work, be- 
ing approximately 20 per cent, which would entitle the contractor to a 
four-day extension of time. He pointed out that the Commission took bids 
for this work on February 27 and did not award the contract until March 
27, 1941, thirty days later, so, in his estimation, the contractor should 
be entitled to an additional fifteen-day extension of time on this ac- 
count. He recommended that the extension of time requested be granted 
subject to the condition that the contractor be required to reimburse 
the state for additional engineering expense incurred on the job subse- 
quent to August 19, 1941. A letter was presented from the Public Roads 
Administration concurring therein. The Commission approved the recom- 
mendation. 


J. C. Compton, contract No. 2458, for pavement widening and non- 
skid oiling on the Josephine County Line-Central Point Section of the 
Pacific Highway, in Jackson County, requested an extension of time of 
ten days, from September 15 to September 25, 1941, within which to com- 
plete this job. They alleged that the overrun of time limit was occa-~ 
sioned by an increase in the quantities of aggregate, hauling aggregate 
and furnishing and placing asphalt. The Engineer advised that it was 
necessary to change the specifications during the progress of the work, 
which change increased contract quantitites for several items. He rec- 
ommended, in view of the circumstances, that the extension of time re- 
quested be granted without penalty. The Commission approved the recom- 
mendation. 


E. H. Itschner, contract No. 2477, for surfacing and oiling the 
Woodburn -Rock Creek Section of the Woodburn-Sandy Secondary Highway,in 
Clackamas and Multnomah Counties, requested an extension of time, from 
September 30, 1941, to June 30, 1942, within which to complete this job. 
He attributed his failure to complete the project within the specified 
time limit to inability to secure experienced workmen and to the result- 
ing slowness in getting the work done, giving due regard to their safety. 
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channels until this year. This work, he said, has now been completed 
satisfactorily, and it is his recommendation that the extension of time 
requested be granted without penalty. The Commission approved the rec- 
omnendation. 


E. L. Rigdon, contract No.2367, for grading, surfacing and oiling 
the Okerman Ranch-Sagehen Hill Section of the Central Oregon Highway, in 
Harney County, requested an extension of time, from June 30 to Septem- 
ber 3, 1941, within which to complete this job. He gave no reason for 
his failure to complete the project within the specified time limit. The 
Engineer advised that he knows of no reason why the contractor should 
not have completed the work within the specified time. He recommended, 
in view thereof, that the extension of time be granted but that the con- 
tractor be required to reimburse the state for extra engineering expense 
incurred subsequent to the date of completion specified in the contract. 
A letter was presented from the Public Roads Administration concurring 
therein. The Commission approved the recommendation. 


Birkemeier & Saremal, contract No. 2368, for construction of a main- 
tenance building adjacent to the state highway at Madras, in Jefferson 
County, requested an extension of time from May 31 to September 19, 1941, 
within which to complete this job. They attributed their failure to com- 
plete the project within the specified time limit to orders received 
from the Engineer to defer the painting of the building until favorable 
weather conditions obtained and until the grading work on the premises 
was completed. The Engineer advised that the contract specified that all 
work with the exception of the exterior painting should be completed by 
December 31, 1940, and that the entire contract should be completed on 
or before May 31, 1941. Dust storms during the spring of 1941, he said, 
made it advisable to postpone the painting work until after the speci- 
fied date of completion. It was finished on September 19, 1941. He rec- 
ommended, in view of the fact that the delay was due entirely to his or- 
ders to defer the painting work, that the extension of time requested be 
granted without penalty. The Commission approved the recommendation. 


Fisher Bros., contract No. 2398, for grading, surfacing and oiling 
the East Unit, Dixie Summit-Austin Junction Section of the John Day High- 
way, in Grant County, requested an extension of time, from August 31, 
1941, to June 30, 1942, within which to complete this job. They stated 
that the only work remaining to be done is oiling work which cannot be 
done during the winter months. They attributed their failure to complete 
the project within the specified time limit to exceptionally rainy weath- 
er during the spring and summer of 1941, also to difficulty encountered 
in connection with excavation work, which resulted in frequent break- 
downs of their equipment. The Engineer advised that the contractor was 
seriously handicapped in the progress of the work by unusually wet weath- 
er. Furthermore, they had a lot of trouble in securing repair parts for 
their equipment which frequently broke down because the excavation ma- 
terial was very hard to handle. He recommended, in view of the circun- 
stances, that the extension of time requested be granted without penalty. 
A letter was presented from the Public Roads Administration concurring 
therein. The Commission approved the recommendation. 
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of the Klamath Falls-lMalin Highway, in Klamath County. Com- 
pleted July 26, 1941. 


Contract No. 2325, with Homer G. Johnson, for bituminous 
macadam surfacing on the Germantown Road-Barnes Road Section 
of the Skyline Boulevard, in Multnomah County. Completed 
August 8, 1941. 


Contract No. 2342, with E. L. Gates, for roadside improve- 
ment on the Albany Section of the Pacific Highway East, in Linn 
County. Completed August 11, 1941. 


Contract No. 2343, with E. C. Hall Company, for grading, 
surfacing and oiling, and construction of three bridges on the 
Sanderson Bridge-Crabtree Creek Section of the Albany-Lyons 
Secondary Highway, in Linn County. Completed July 5, 1941. 


Contract No. 2349, with Henry L. Horn, for grade separa- 
tion with the Union Pacific Railway and grading, oiling and 
paving on the Nyssa Undercrossing Section of the Old Oregon 
Trail, in Malheur County. Completed September 16, 1941. 


Contract No. 2357, with Colonial Construction Company, for 
grading on the Forest Boundary-Warm Springs River Section of the 
Warm Springs Highway, in Wasco County. Completed August 18,1941. 


Contract No. 2362, with J. F. Johnston, for reconstruction 
of the King Creek Culvert on the Salem-Dayton Secondary Highway, 
in Polk County. Completed October 1, 1941. 


Contract No. 2367, with E. L. Rigdon, for grading, surfacing 
and oiling on the Okerman Ranch-Sagehen Hill Section of the Cen- 
tral Oregon Highway, in Harney County. Completed September 3,1941. 


Contract No. 2368, with Birkemeier & Saremal, for construc- 
tion of a maintenance building at Madras on The Dalles-California 
Hi-hway, in Jefferson County. Completed September 19, 1941. 


Contract No. 2384, with Rogers Construction Company, for bi- 
tuminous macadam surfacing on the Hug Point-Mgnzanita Section of 
the Oregon Coast Highway, in Clatsop and Tillamook Counties. Com- 
pleted August 15, 1941. 


Contract No. 2399, with Clifford A. Dunn, for furnishing 
8,900 cubic yards of crushed material in stock pile, on the De- 
ception Creek-Salt Creek Falls Section of the Willamette Highway, 
in Lane County. Completed August 7, 1941. 


Contract No. 2404, with Fisher Brothers, for grading, sur- 
facing and oiling and construction of two bridges and three cul- 
verts on the Forest Boundary-Cottonwood Creek Section of the 
Klamath Falls-Lakeview Highway, in Lake Lounty. Completed Sep- 
tember 11, 1941. 
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The Engineer advised that the reasons given by the contractor for fail- 
ure to complete the contract within the specified time limit were due 
to emergency conditions over which he had no control, particularly the 
war emergency which makes contract work uncertain with respect to men 
and materials. He recommended, in view of the circumstances, that the 
extension of time requested be granted without penalty. The Commission 
approved the recomnendation. 


Jed Wilson, contract No. 2485, for construction of an oiled rock 
footpath on the Oregon Coast Highway between Gearhart and Seaside, in 
Clatsop County, requested an extension of time of two days, from August 
31 to September 2, 1941, within which to complete this project. He gave 
no reason for failure to complete the project within the specified time 
limit. The Engineer advised that the overrun in time limit was due to 
adverse weather conditions which delayed oiling work. He recommended 
that the extension of time requested be granted without penalty. The 
Commission approved the recormendation. 


Jud Beardsley, contract No. 2508, for repairs to the Vista House 
at Crown Point on the Columbia River Highway, in Multnomah County, re- 
quested an extension of time of one month, from September 30 to October 
31, 1941, within which to complete this job. He gave the following rea- 
sons for failure to complete the project within the specified time limit: 
intermittent rains which, at times, completely halted operations and pre- 
vented an orderly sequence of work; increase in the volume of work re- 
quired in the moving of mortar joints, et cetera; also, additional work 
required in order to finish the project in a workman-like manner. The 
Engineer advised that continued bad weather during the month of Septem- 
ber made it impracticable to attempt the water-proofing of the structure 
and accordingly he ordered the contractor to defer such work until later. 
He recommended that the extension of time requested be granted without 
penalty. The Sommission approved the recommendation. 


The Engineer reported that contracts Nos. 2252, 2319, 2325, 2342,2343, 
2349, 2357, 2362, 2367, 2368, 2384, 2399, 2404, 2436, 2441, 2444, 2458, 2469, 
2470, 2478 and 2485, for the construction of state highway projects, have been 
completed according to the requirements of the contracts or modifications 
thereof, and that said jobs are now ready for accentance. The following reso- 
lution accepting the above projects was offered and adopted by the unanimous 
vote of the Commission: 


WHEREAS, the Engineer has reported that the following State High- 
way Commission contracts for the construction of state highway projects 
have been completed according to the terms and provisions of the contracts, 
and that said jobs are now ready for acceptance: 


Contract No. 2252, with licNutt Brothers, for construction 
of a bridge over Devils Lake Fork on the Wilson River Highway, 
in Tillamook County. Completed July 11, 1/41. 


Contract No. 2319, with W. D, Miller Construction Company, 
for grading, surfacing and oiling on the Lost River Section 
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The Comnission considered and signed agreements, et cetera, as 
follows: 


Agreement with Malheur County providing for the maintenance of 
the Vale-Adrian Federal Aid Secondary Highway, between the junction 
with the Nyssa-Adrian Secondary Highway and Cow Hollow Creek, after 
construction by the state, being Project No. FAS-21 A(2), B(1). 


Agreement with City of Scio covering improvement of certain 
city streets. 


Agreement with City of Bend covering improvement of certain 
city streets. 


Agreement with City of Myrtle Point covering improvement of cer- 
tain city streets. 


Agreement with City of Coquille covering improvement of certain 
city streets. 


Agreement with City of North Bend covering improvement of cer- 
tain city streets. 


Agreement with Bonneville Power Administration covering cross- 
ing of Old Oregon Trail near the top of Emigrant Hill. 


Agreement with Bonneville Power Administration covering an en- 
croachment on highway near Astoria. 


Agreement with Bonneville Power Administration covering construc- 
tion of a power pole line over and across the Old Oregon Trail at 
Station 931+41.7, in Umatilla County, between Pendleton and the Union 
County Line. 


Agreement with 0.W.R.N. Company and Union Pacific Railroad Com- 
pany covering construction of overhead crossing near Troutdale. 


Agreement with Anderson Bros. providing for log road crossing 
of the state park property adjacent to the Salmon River Highway. 


Agreement with Postal Telegraph Company in reference to pole 
line reconstruction on Sexton Mountain Section of the Pacific Highway. 


Agreement with Dwight F. Seward and wife disposing of their 
claim for damages arising out of the improvement of the Old Oregon 
Trail at Nyssa. 


Agreement with P. B. Davis providing for maintenance headquar- 
ters site at the Town of Sisters. 


Agreement with City of Port Orford providing for the improve- 
ment of certain city streets in Port Orford. 


Contract No. 2436, with Berle Prothers, for grading and top- 


ping on the Lytle Creek-Ochoco Creek Section of the Madras-Prine- 
ville Secondary Highway, in Crook County. Completed September 20, 
1941. 


Contract No. 2441, with the United Contracting Company, for 


grading and paving on the St. Helens Section of the Columbia 
River Highway, in Columbia County. Completed September 6, 1941. 


Contract No. 2444, with A. Milne, for constructicn of a rein- 


forced concrete span over Butter Creek and one concrete span over 
the irrigation canal at Station 989 on the Morrow County Line- 
Stanfield Section of the Boardman-Stanfield Highway, in Umatilla 
County. Completed Septemter 25, 1941. 


Contract No. 2458, with J. C. Compton, for pavement widening 


and nonskid oiling on the Josephine County Line-Central Point Sec- 
tion of the Pacific Highway, in Jackson County. Completed Septem- 
ber 16, 1941. 


Contract No. 2469, with Tony Marrazzo, for grading, surfacing 


and oiling on the Bully Creek-Vale Section of the Vale-West Second- 
ary Highway, in Malheur County. Completed September 13, 1941. 


Contract No. 2470, with Tony Marrazzo, for grading, surfacing 


and oiling, also construction of a concrete bridge on the Cow Hol- 
low Creek-Adrian Junction Section of the Vale-Adrian County Road, 
in Malheur County. Completed September 18, 1941. 


Contract No. 2478, with Viesko & Hannaman, for construction 


of a maintenance building at Condon, in Gilliam County. Completed 
September 17, 1941. 


Contract No. 2485, with Jed Wilson, for oiled rock footpath 


on the Gearhart-Seaside Section of the Oregon Coast Highway, in 
Clatsop County. Completed September 2, 1941. 


THEREFORE, BE IT RESOLVED that the work covered by said state 


highway contracts for the construction of said state highway projects 

be declared completed according to the terms of the respective contracts, 
and said jobs are hereby accepted and final payment in connection with 
each is hereby authorized. 


Reconsideration was given by the Commission to the matter of dates 


for its next regular meetings, and it was decided to hold the November meeting 
on Wednesday and Thursday, November 13 and 14, (later changed to Monday and 

Tuesday, November 17 and 18); the December meeting on Thursday and Friday, De- 
cember 18 and 19; and the January 1942 meeting on Thursday and Friday, January 


15 and 16. 


The Secretary was instructed to make the usual arrangements to hold 


these meetings in the auditorium of the Public Service Building, Portland. The 
Commission also set Thursday, November 6, 1941, as the date for an interim meet- 
ing to be held in Salen. 
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Salem, Oregon, November 6, 1941 


The State Highway Commission met in regular session at 10:00 a. nm. 
in the office of the State Highway Engineer, Room 325, State Office Building. 
Present were: 


F, Cabell, Chairman 

W. Clough, Commissioner 
Baldock, State Highway Engineer 
Devers, Attorney 

Glaisyer, Secretary 


Commissioner Oliver was unable to attend this meeting on account of illness. 
uessrs. W. Y. Lynch, District Engineer, and T. M. Davis, Senior Highway Engi- 
neer, for the Public Roads Administration, were also present. 


ur. Lynch brought up for discussion the bids received by him on 
November 5, 1941, for the construction of the Quartz Mountain-Smalley Ranch 
Section of the Klamath Falls-Lakeview Highway, which work is to be done as a 
forest highway project. He advised that the low bid received for this work 
is entirely satisfactory; hawever, the funds allocated to the project are not 
sufficient to pay the cost of the work and it will require about $10,000.00 
additional funds. He stated that forest highway funds are not available to 
make up this deficit, and inquired whether or not the Commission would be 
willing to contribute such amount of state funds so the work can go forwara 
as planned, The Commission approved the additional contribution, in view of 
the desirability of the project and its previous understanding with the local 
seople. The Commission thereupon signed a second modification of the project 
agreement covering the matter. 


The Commission discussed the request of the Honorable J. D. Perry, 
St. Helens, and the delegation which appeared before the Comnission at the 
previous meeting, for the Commission's assistance in securing congressional 
legislation authorizing the purchase by the federal government of the Long- 
view-Rainier Bridge over the Columbia River, and decided that, if the federal 
government should purchase this bridge and turn it over to the state, the 
State Highway Commission would assume future responsibility for maintenance 
and upkeep of the same, provided the State of Washington would agree to pay 
one half of the costs involved. 


Chairman Cabell was thereupon authorized to send the following tele- 
gram to Mr. Perry, it being understood that the sane answer would be given to 
the owners of other Columbia River bridges who make the same request: 


J. D. Perry 
Deer Island, Oregon 


Response your inquiry. If federal government acquires 
Longview Bridge pursuant to bill now before Congress 
State of Oregon through its Highway Commission will agree 
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Agreement with City of Bandon providing for improvement of cer- 
tain city streets. 


Agreement with Bay City providing for improvement of certain 
city streets. 


Agreement with City of Silverton covering work performed on 
Main Street Bridge. 


Agreement with City of Marshfield providing for improvement of 
certain city streets in Marshfield. 


Agreement with Stanfield Irrigation District covering construc- 
tion of a syphon for the Furnish ditch at the Boardman-Stanfield 
Highway crossing. 


Agreement with John T. Foreman and David Petersen covering lease 
of gravel pit. 


Extension agreement with Botsford, Constantine and Gardner cover- 
ing their services during 1942 in connection with the State Highway 
Department's Travel and Information Department. 


Agreement. with Southern Pacific Company covering proposed revi- 
sion of Pacific Highway between Eugene and Springfield. 


Agreement with Lincoln County disposing of the county's indebt- 
edness to the state for certain road construction. 
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Petition for exclusion of certain lands from the Klamath Irriga- 
tion District, in Klamath County. 


Bargain and Sale Deed conveying unto the City of Eugene 0.5 acre 
of land situate adjacent to the Pacific Highway in the Wy of the NW 
of the NE+ of Section 8, Township 17 South, Range 4 West, W. M., in 
Linn County. Consideration $50.00. Right of Way file No. 5937-B. 


ne tae te oa 
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i Deed conveying unto Louis L. Jones and wife fractional lot in 
Bt Portland fronting on Southwest Macadam Street. Right of way file No.9393. 


There being no further business to come before the Commission at 
this time the meeting was adjourned at 5:45 p. m.. 
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herewith and particularly to paragraphs 2 and 5 thereof, since all 
employee activities, either individual or in groups, must conform 
to that code. 


Very truly yours, 


R, H. Baldock 
Chief Engineer 


The Commission discussed briefly the question whether or not to 
issue permits authorizing movements over Oregon state highways of truck and 
trailer combinations having an overall length of sixty feet, which is legal 
in the adjoining states but not in Oregon, and having a gross weight of 
68,000 pounds. Action on this matter was deferred by the Comnission pending 
Chairman Cabell's return from Washington, D. C, where he expects toattgnd an im- 
portant committee meeting on November 10 with respect to highway legislation 
in Congress. 


The Engineer asked the Commission to approve a program for special 
maintenance: projects for 1942 performance, involving an expenditure of 
$619,215.00, He submitted a list of projects together with the estimated 
cost of each, as follows: 


1942 SPECIAL MAINTENANCE PROJECTS 


DIVISION 1 
Nothing 

DIVISION 2 
Pro ject Estinate 
#xNecanicum Jct.-Sunset Camp Section of Wolf Creek Ywy.(Div. 1 & 2) #36,000 
xWren Section of Kings Valley & Corvallis-liewport Highways 26,000 
#Klaskanine Summit-Jewell Section of Nehalem Secondary Highway 19,200 
#Halsey Section of Pacific Highway East 27,000 
«Willamina Section on state highways in vicinity of Willamina 16,000 
x}ieMinnville Section on state highways in vicinity of McMinnville 13,000 
*Rickreall Section on state highways in vicinity of Rickreall 13,000 

Hebo=-Dolph Section of Three Rivers Highway & surf. on Little 

Nestucca Secondary 26,000 
Newport-North Section of Oregon Coast Highway 20,000 
Lebanon-Sweet Home Section of South Santiam Highway 20,900 


$216,290 


xContracted or authorized by Commission 


\ 
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to assume one half cost of its future maintenance and oper- 
ation provided State of Washington will agree to pay remain- 
ing half. 


Henry F. Cabell, Chairman 
Oregon State Highway Commission 


The Attorney reported the results of a reappraisal of the property 
needed to provide a right of way 80 feet wide for the Oregon Coast Highway 
through the town of Gold Beach, Curry County. He stated that it would cost 
about 434,485.00 to provide a right of way 80 feet wide, as compared with 
about $4,725.C0 to provide a right of way 60 feet wide, both figures being ex- 
clusive of land values, it being understood that the people of Gold Beach 
would furnish the extra land needed for the g0-foot right of way. After dis- 


The Attorney was thereupon authorized to proceed with the taking of options 
for the properties involved. The Commission will make its final decision in 
the matter when the options have been secured and reported. 


The Engineer brought up for discussion a proposal sponsored by Mr. 
William W. Currier, state highway department maintenance section foreman, 
Grants Pass, for the formation of an organization to be known as the "Oregon 
State Employees Association," and lr. Currier's request for the State Highway 
Commission's approval of such an organization. He presented a copy of the 
proposed constitution and by-laws of the organization, and recomnended that 
the request be denied, because it is contrary to the "Code of Relations" here- 
tofore adopted by the Commission with respect to such matters. (See Engineer's 
letter of November 6, 1941, directed to the Oregon State Highway Commission, 
for details of recommendation.) After discussion the Commission approved the 
recommendation. The Engineer was thereupon authorized and instructed to for- 
ward the following letter to lr. Currier, outlining the Commission's attitude 
with respect to his request: 


ee es 


ur. William W. Currier 
Maintenance Section Foreman 
State Highway Department 
Grants Pass, Oregon 


ERS MRE YEP SIRS Ce INE See DTU 


res: 


Dear Sir: 


SSS 


In response to your request for consideration in the form- 
ation of an organization employees' association, advise that the Ore- 
gon State Highway Commission has requested me to inform you that it 
will not sponsor or endorse any particular plan such as yours or that 
of any particular group. It feels that this is a matter for the en- 
ployees directly concerned. It does, however, wish to call attention 
again to the previously promulgated "Code of Relations" enclosed 
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After due consideration the Commission approved all the projects and there- 
upon authorized the Engineer to advertise them for bids as soon as they can 
be prepared for contracting. 


The Engineer discussed with the Commission a tentative program for 
federal and state funds (see mimeographed copy of tentative program, dated 
November 17, 1941, for details). Final action on such matter was deferred 
until a future meeting; however, the Engineer was authorized to work up the 
plans and specifications for the following projects: 


1943 PROGRAM - REGULAR FEDERAL AID PROJECTS 


County Highway Section and Kind of Work Cost 
DIVISIONS 1 & 2 


Multnomah Columbia River Troutdale-Dodson, Grade & Top $ 350,000T 


Multnomah Pacific West Front Street, Grade, Pave & Bridge 300,000T 
Yainhill Salmon River McMinnville-West 100 , OOOT 
Linn Pacific East Halsey-Muddy Creek, Pave 195 ,000T 


DIVISION NO. 3 


Lane Willamette Goshen-Pleasant Hill, Grad. & Surf. 150,000T 
Josephine Pacific Grave Creek-Jumpeff Joe Creek,Surf. 140,000T 
Josephine Pacific Wolf Creek-Grave Creek,Gr. & Top. 150, 000T 


Gilliam Columbia River Quinton, 3.6 mi. Grad. & Surf. 150,000T 
Deschutes Dalles-California Madras-Terrebonne, Surf. & Oil. 120, 000T 


DIVISION NO. 5 


Umatilla Old Oregon Trail Boardman-Stanfield, Surf. & Oil. 225, 000T 
Harney Central Oregon Buchanan-Malheur River, Bit. Mac. 150, OOOT 


1943 PROGRAM-FEDERAL 


SSS  — Oe eae 


Estimated 
County Highway Section and Kind of Work Cost 
DIVISIONS 1 & 2 


rigs tt ha eS pr ah ep eae 


Clackamas Woodburn-Sandy Deep Creek, Surf. & Oil $ 50,000T 


T - Tentatively approved by Commission 


Ae 
: 
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(1942 Special Maintenance Projects - Continued) 


Highway 


Oregon Coast 
Oregon Voast 
Willamette 
#Eugene-Swisshome 
#Territorial 
+*Eugene-Swisshome 
*McKenzie 


DIVISION 3 


Bear Creek-Port Orford 

Port Orford-Euchre Creek 
Tunnel-Forest boundary 
Eugene-Veneta 

Smithfield-Crow 

Swisshome 

Belknap Springs-Four Mile Butte 


# To be let in connection with surfacing work to be done between 


and Crow. 
DIVISION 4 
#Columbia River & Mt. Hood Hood River 
Mt. Hood Parkdale 


McKenzie, Santiam & McKenzie-Bend Sisters-Redmond 
MeKenzie-Bend & The Dalles-Calif. Bend-Redmond 


Ochoco 


Prineville-Marks Cr. 


#*The Dalles-Calif. & Midland Secon. Klamath Falls 
Klamath Falls-Lakeview, Klamath Olene-Malin 
Falls-iMalin & Hatfield Secon. 


*Klamath Falls-Lakeview Drews Valley 
DIVISION 5 
Highway Section 
*John Day Condon-Service Creek 


#Old Oregon Trail 
#Columbia River 
Central Oregon 


Pendleton-—Meacham 
Gilliam County Line-Umatilla 
Harney Jct.-Drewsey 


*Contracted or authorized by Commission 


Yardage 


12,000 
10,000 
10,000 
10,000 


Smithfield 


Cost 


$18,450. 
16,715 
28,350 

9 ,'750 
14,200 
18,000 


34,650 
12,900 


$153,015 


Cost 


$24,,000 
20,000 
18,000 
20,000 


$82,000 
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1942 PROGRAM 


Ss ee nn a eee 
Estimated 


County Highway Section and Kind of Work Cost 


DIVISIONS 1 & 2 


West Portland- Barbur Blvd.-Boones Ferry Road, 
Hubbard Grad. & Pav. $150, 000T 


DIVISION NO. 3 


Oregon Coast Gold Beach, Paving 
Pacific Eugene, Grad. & Pav. 


DIVISION NO. 4 
Nothing 
DIVISION NO. 5 


John Day-Burns Soda Mt.-South, Surf. & Oil 
John Day-Burns Seneca-South, Surf. & Oil. 
Pendleten-John Day Beech Creek, Surf. & Oil 
Old Oregon Trail Ontario, Grad. & Pav. 

Old Oregon Trail Nyssa, Grad. & Pav. 


1942 PROGRAM 


ene a ee Se EE Se | 
Estimated 


ount: Highwa. Section and Kind of Work Cost 


Cc y Hig y 
DIVISIONS 1 & 2 


Nothing 


DIVISION NO. 3 


Douglas Tiller-Trail Wright Ranch-East, Grad., Surf. 
and Oil. $75, 000T 


Nothing 
DIVISION NO. 5 
Union Starkey Grading and Surfacing 
Umatilla Weston-Elgin Project to -be selected 


¥ - Tentatively approved by Commission 
a - Approved by Commission 


EUnet 


Ne cee OAR: 
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(1943 Program - Federal Secondary Projects on State Highways~ Continued) 


cect eT 
Estimated 


County Hi giway Section and Kind of Work Cost 
DIVISION NO. 2 
Curry Cape Blanco Hughes Ranch-Lighthouse, Grad. & Surf. $20,000T 


DIVISION KO. 4 


Crook Warm Springs Jefferson County Line-Lytle Creek, 
Grad. & Surf. $50, OOOT 


DIVISION NO. 5 


Malheur TY. 0. N. Malloy Ranch-Hooker Creek, Grad., 

Surf. & Oil. $150, 000T 
Baker Baker-Yomestead Ruckles Creek-lMiddle Bridge,Grad., 

Surf. & Oil. 40,000a 


1943 PROGRAL - FEDERAL SECONDARY PROJECTS 6% COUNTY ROADS 


TT 
Estimated 


Count Highwa: Section and Kind of Work Cost 


County __—s_s—sHighway_ CL On ane 


DIVISIONS 1 & 2 


Multnomah Skyline Blvd. Newberry Road-Logie Trail Road, 

Grad., Surf. & Oil. $50, OOOT 
Yarion Salem-Silverton Central Howell-Brush Creek, Grad. & 

Paving 50,000T 


DIVISION Wo. 3 


Douglas North Umpqua Marks Ranch-Glide, Grad., Surf. & Oil 450,000T 
1943 PROGRAM - FEDERAL LANDS PROJECTS 


Te | 
Estimated 


County Highway Section and Kind of Work Cost 


DIVISION NO. 5 


Malheur I. 0. Ne Rome-Jordan Valley, Surf. & Oil $150, 000T 


7 - Tentatively approved by Commission 
a - Approved by Commission 
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just west of Tillamook, to replace an existing, covered structure which is in 
a bad state of repair and is now posted for maximum loads of ten tons. He re- 
called that the Commission, at the previous meeting, authorized an expenditure 
to remove the cover over tle existing structure in order to improve the sight 
distance, which it was thought would satisfactorily dispose of the problem un- 
til the Commission was in position to finance a new structure. However, since 
then, he has given the matter further study, and is now convinced that the 
proper thing to do is to entirely replace the structure, because, in its pres- 
ent condition, it is liable to fail under traffic at almost any time and, in 
his estimation, the Commission cannot very well afford to take a chance aainst 
such failure. He estimated the cost of a new structure at $46,800.00, and rec- 
ommended approval of the project and that he be authorized to advertise it for 
bids as soon as the plans can be prepared. After discussion the Commission 
approved the recommendation and so ordered. 


The Engineer then requested authority from the Commission to prepare 
the plans for the structure and to present the same to the United States War 
Department, with a request for a hearing on the subject at an early date, so 
as to secure approval of the clearances of the structure before the contract 
is awarded. The Commission approved the request. 


The Engineer also requested authority for an expenditure of approx- 
imately $15,550 to finance the construction of the Warm Springs Secondary 
Highway under the tracks of the City of Prineville Railway, in Crook County. 
He advised that the Public Roads Administration, which is concerned, is anx- 
ious for the structure to be built, because the sight distance at the present 
crossing is very seriously impaired by embankments that nave been constructed 
for a new grade line of the railroad. He recommended approval of the project 
so as to eliminate this hazard. The Commission approved the recommendation 
and authorized the advertising of the project for bids to be received as soon 
as the plans can be prepared. 


ikows., 


i 


- 


Reconsideration was given by the Commission to the matter of con- 
structing a pedestrian trestle on the Morrison Street Bridge, Portland, for 
the benefit and use of pedestrians during tie time when the west end of the 
bridge is being remodeled to fit and harmonize with the Front Avenue improve- 
ment. The Engineer estimated the cost of such trestle as $2,706. In this 
connection he presented letters from Mr. Franklin T. Griffith, Chairman of 
the Portland Traction Company, and ifr. Earl F. Campbell, Director of the Port- 
land Traffic Safety Commission, urging the Commission to construct such trestle 
as an aid in the handling of pedestrian traffic across the Morrison Street 
Bridge, and explaining that such trestle would eliminate the necessity for 
rerouting the lMontevilla and itt. Tabor streetcar lines over the Steel Bridge 
and the Burnside Bridge during the time that the bridge construction work is 
under way, which rerouting of streetcars would not only be a great inconveni- 
ence to streetcar patrons but would also increase greatly the traffic conjes- 
tion at the Steel and Burnside Bridges. The Commission considered that the 
pedestrian trestle would provide a satisfactory solution for the problem and 

tf thereupon authorized the Engineer to build the same at state e-.pense. 
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The Commission tentatively approved the following projects for the 
special strategic network of highways: 


TENTATIVE PROGRAM - SPECIAL STRATEGIC NETWORK FUNDS 


———S Se eee a 


I. Assured Funds 


Projects on Troutdale-Dodson Section ----------~ $250,000 
Projects on Roseburg-Grants Pass Section - - - ---- ~~ 250,000 
$500, 000 


II. Fund Subject to Allocation By Federal Works Administrator 


_— —]— ——_—————————- —— 


Harrisburg Bridge Approach - = ==+ -=-"e=----<-7,,.-* $125,000 
Pudding River Bridge at Aurora-------- "7-777 90,000 
Coast Fork Bridge east of Goshen -------- 7-77-77 150,000 
Umpqua River Bridge north of Dillard ----------~- 100,000 
Projects on Troutdale-Dodson Section --------"- "~~ 250,000 
Projects on Roseburg-Grants Pass Section - -~ ----- ~~ 285,000 

$1,000,000 


The Engineer was authorized by the Commission to advertise the fol- 
lowing projects for bids to be received at the December mecting of the Commis- 
sion, provided that meets with the approval of Commissioner Oliver: 


Surfacing and oiling Soda Mountain-South Section of the John 
Day-2urns Highway in Grant County, estimated cost $100,000. 


Reech Creek Rock Production project on the Pendleton-John Day 
Highway in Grant County, estimated cost $25,000. 


Surfacing and oiling Seneca-South (Poison Creek) Section of the 
John Day-Burns Highway in Grant County, estimated cost $125,000. 


The Commission instructed the Attorney to investigate the matter of 
acquiring right of way needed for the improvement of the Oregon Coast Highway 
at Spencer Creek, in Lincoln County, which involves a fish pond. 


The Commission adjourned at 12:00 noon and reconvened at 1:00 p. m. 
in the same room with the same persons present and participating. 


The Engineer reported briefly on the cities and towns of the state 
that have signed agreements with the Commission for the improvement of cer- 
tain city streets not on state highway routes. The Commission took no action 
on the matter. 


The Engineer brought up for reconsideration the matter of construct- 
ing a new bridge over the Trask River on the Netarts State Secondary Highway 


| 


om waked Se ee Oe eee 


10680 


which have to be moved, The question arose: "Does the state or does the 
railroad company take possession of the rails?" The Engineer advised that 
it would cost about $2,200 to remove the existing tracks, and there would 

be about 500 tons of steel rails salvaged, which could be sold at about 

$10 per ton, realizing thereupon the sum of $5,000. The net value of the 
steel, therefore, would be $2,800, He suggested that it would be advisable 
to let the railroad company have the rails at an agreed price, because the 
commany is in better position to remove them and can do the job much cheaper 
than the state can do it. After discussion, it was the Commission's decision 
that, if the railroad company does not want the rails, then the state will 
take them and have them removed by the state's contractor in connection with 
his contract for the road work. The contractor is to be required to include 
this item in his bid for clearing operations and the salvage value of tle 
steel is to be given consideration by the contractor in his bid on such item. 
The Engineer was instructed to work out the details. 


The Commission adopted the following resolution relative to the 
abandonment and retention of certain parcels of the old right of way of the 
Drews Valley Section of the Klamath Falls-Lakeview Highway upon recommenda- 
tion of the Engineer, who advised that these parcels are no longer of value 
from a state highway standpoint inasmuch as the highway has been reconstructed 
on other alignment: 


WHEREAS, in order te afford a better alignment and a more 
satisfactory, safe and convenient highway for the traveling public 
the Highway Commission found it necessary to relocate portions of 
the Klamath Falls-Lakeview Highway near Drews Valley in Lake County; 
and 


WHEREAS, by reason of said relocation and reconstruction 
of said section of said highway there have been eliminated from the 
main travelled portion of said highway certain sections or fragments 
of land, which said sections or fragments of land are more specifi- 
cally defined and described hereinafter in this resolution and are 
reflected on a print or map, marked "Exhibit A", a copy of which is 
attached hereto and made a part hereof; and 


WHEREAS, while those sections hereinafter described as the 
parcels to be retained and shown in yellow on the attached print, 
are not required for use as a part of the main or travelled section 
of the highway, nevertheless the same are required, can be used, and 
are essential for other public purposes, to wit: storage purposes, 
parking area and other public uses in connection with said highway; 
and 


WHEREAS, it is the judgment and opinion of the Commission 
that there should be recorded in the minutes and records of the Com- 
mission its purpose and plan to preserve for public use in connec- 
tion with said highway the fragments or parcels of land hereinafter 
described as the parcels to be retained and shown in yellow on the 
attached print; and 


a Ee. 
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A lettcr was presented from the Arrow Transportation Company, Port- 
land, requesting permission to overload their trucks, in the transportation 
of petroleum products, in the amount of 700 pounds, which overweight consists 
of certain sanding equipment which is used to provide traction for the wheels 
of their trucks during the winter period when the pavement is slippery. The 
Engineer recommended approval of the request as a safety measure, The Commis- 
sion approved the recommendation. 


The Coumission discussed the matter of erecting additional histori- 
cal markers along the Old Oregon Trail as was requested by Mr. Walter ifeachan, 
member of the Oregon Trail Historical Markers Committee, at the previcus meet- 
ing. The Engineer advised that wr. Weacham has asked for eleven additional 
markers, which would cost about $2,937, based on the cost of markers previous- 
ly installed. He recommended ap roval for ten additional markers costing ap- 
proximately $2,670. The Commission approved the recommendation. 


The Engineer discussed briefly with the Commission the advisability 
of constructing an overhead crossing of the county road with the Wolf Creek 
Highway, near Davies in Washington County. He advised that the county road 
is used quite extensively at the present time by logging trucks, and there is 
a possibility that the road will be abandoned by the county when such traffic 
subsides. He also pointed out that there are possibilities that the road 
could be rerouted, which would eliminate the necessity of the overhead struc- 
ture which is estimated to cost about $14,000, The Commission deferred a de- 
cision in the matter until ite meeting on November 17, and instructed the En- 
gineer to investigate other prospective solutions of this problem in the mean- 
time. 


The Engineer reported the results of further investigations conduct- 
ed since the last meeting of the Commission to determine the need for a side- 
walk on the Rock Creel Bridge on the John Day Highway, near Olex, in Gilliam 
County. He advised that Division Engineer W. C. Williams, who made the inves- 
tigation, is of the belief that the sidewalk ts needed, because the bridge is 
narrow with sharp curves at each end and is a considerable hazard to school 
children who are obliged to cross the bridge in going to and from school. Mr. 
Williams, he said, recommends the construction of the sidewalk, which is esti- 
mated to cost about $360.00. The Commission approved the project. 


The Attorney reported that in conformance with instructions given 
him by the Gommission at its previous meeting he has contacted the attorney 
for Mr. Alfred Buchheit, Jr., who was injured by a falling timber, while play~ 
ing under the McLoughlin Bridge near Oregon City, and has ascertained that Mr. 
Buchheit's claim for injuries amounts to $250.00, and that he is willing to 
release the state from further liability if such amount is paid to him. The 
Attorney recommended settlement of the claim on such basis. The Commission 
approved the recommendation. 


The Commission discussed the agreement with the Southern Pacific 
Company pertaining to the reconstruction of the Pacific Highway between Eugene 
and Springfield, particularly the section of such agreement which concerns the 
disposal of the steel salvaged from the Southern Pacific Company's tracks 
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All those certain parts of the old right of way of 
the Drews Valley Section of the Klamath Falls-Lakeview 
Highway lying on the southerly side of the right of way 
required for the reconstructed Klamath Falls-Lakeview High- 
way, over and across Sections 7, 8 and 9, Township 39 
South, Range 18 East, W. Mi., Lake County, Oregon. The be- 
ginning and ending points with reference to the engineer's 
stations of the said reconstructed highway are as follows: 
Between engineer's stations 706+20 and 752+40 on the south- 
erly side of the right of way and between engineer's sta- 
tions 770+85 and 818+45 on the southerly side of the right 
of way. 


In addition to the foregoing descriptions of said frag- 
ments or parcels of land there is attached hereto a print or map, 
marked “Exhibit A", which by this reference is made a part hereof, 
and upon which map there are shown shaded in yellow the parcels of 
land formerly within the old right of way, but which are now by this 
official act preserved for public purposes, and upon which map there 
are shown shaded in red the abandoned sections of said right of way. 
Said exhibit or map for identification purposes bears the signatures 
of W. E. Chandler, Division Engineer, H. G. Smith, Construction En- 
gineer, and C. B. ycCullough, Assistant State Highway Engineer, and 
bears date of July 8, 1941.*- 


4. The Engineer hereby is instructed to properly and com- 
pletely mark on the ground the boundaries of the fragments of land 
to be retained by the Highway Commission by erecting and maintaining 
thereon proper monuments or posts upon which shall be inscribed the 
words "State Property". 


5. In the event there remains any physical connection be- 
tween any portions of said abandoned right of way or highway and the 
present highway, and by reason of such physical connection traffic 
from the existing highway may enter or use the said abandoned por- 
tions of the old road to the possible damage or injury of such traf- 
fic by reason of any unsafe condition existing with respect to the 
said old or abandoned road, then the State Highway Engineer is here- 
by authorized and directed to erect such barricade or other safe- 
guards as may be necessary to protect and safeguard traffic using 
and employing said newly located, constructed, and dedicated section 
of said state highway. 


6. That this resolution be entered in the minutes and 
records of the Commission and a certified copy thereof promptly 
delivered to the County Court of Lake County, together with a copy 
of said exhibit or map, for such action as said County Court may 
desire to take with respect to the fragments of land to be aban- 
doned, and should said abandoned portions of the right of way of 


#Map filed Right of Way Abandonment and Retention File. - No. 96. 


eT 


- 


WHEREAS, it is the judgment and opinion of the Commission 
that there should be recorded in the minutes and records of this 
Commission the purpose and plan of the Commission to abandon as 
parts of the state highway system certain portions of the highway 
eliminated from the main travelled portion of said highway, which 
sections are made unnecessary as a part of the completed highway 
and are shown shaded in red on the attached print or map; 


NOW, THEREFORE, the premises being in general as above 
stated, it hereby is resolved by this Commission, all members be- 
ing present and affirmatively participating, as follows: 


l. That the fragments or parcels of land which hereto- 
fore were within the right of way property of the Klamath Falls- 
Lakeview Highway near Drews Valley, but which by reason of a reloca- 
tion or realignment of said highway are now without the area im- 
proved and used by the traveling public but are adjacent to and abut 
upon the said right of way, which parcels are shown shaded in yellow 
on the attached print, shall be preserved by the Highway Commission 
for such other public use as said land may serve in connection with 
the construction, improvement, and maintenance of said highway or 
the use of the same, which said parcels or fragments of land are de- 
scribed as follows, to wit: 


(Parcels to be retained shown in yellow on attached print) 


All those certain parts of the old right of way of the 
Drews Valley Section of the Klamath Falls-Lakeview Highway 
lying on each side of the right of way required for the re- 
constructed Klamath Falls-Lakeview Highway over and across 
Sections 7, 8 and 9, Township 39 South, Range 18 East, W.Me, 
Lake County, Oregon. The beginning and ending points with 
reference to the engineer's stations of the said reconstruct- 
ed highway are as follows: Between engineer's stations 754+ 
50 and 756+70 on the northerly side of the right of way; be- 
tween engineer's stations 757+65 and 762+30 on the southerly 
side of the right of way; and between engineer's stations 
W6i+85 and 770+25 on the northerly side of the right of way. 


2. That the fragments of land confined within the area 
hereinafter described and designated as the parcels of land to be 
abandoned, which fragments were formerly within the limits of the 
right of way of the Klamath Falls-Lakeview Highway, be and said frag- 
ments of land are abandoned as a part of the right of way of said 
highway, and said fragments of right of way are, sofar as control and 
supervision of this Commission are concerned, left to revert to the 
adjoining and abutting property owners or to the control and super- 
vision of the County Court of Lake County. The fragments of land to 
be abandoned are described as follows: 


(Parcels to be abandened shown in red on attached print) 
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W. M., Jackson County, Oregon, the beginning and ending 
points with reference to the engineer's stations of the 
reconstructed highway being Station 485+50 on the easter- 
ly end and Station 493+85 on the westerly end. 


The location of said abandoned right of way may be more 
definitely and particularly ascertained and determined by reference 
to a map or blueprint marked Exhibit A attached hereto and by this 
reference made a part hereof, which said exhibit for identification 
purposes bears the signatures of X. D. Lytle, Division Engineer, 

H. G. Smith, Construction Engineer, and C. B. McCullough, Assistant 
State Highway Engineer, and is dated October 4, 1941, upon which 
map or exhibit is reflected the above described parcel of land by 
showing the same shaded in red.* 


2. In the event there remains any physical connection 
between any portion of said abandoned right of way or highway and 
the present highway, and by reason of such physical connection traf- 
fic from the existing highway may enter or use the said abandoned 
right of way or highway to the possible damage or injury of such 
traffic by reason of any unsafe condition existing with respect to 
said old or abandoned road, then the State Highway Engineer is here- 
by authorized and directed to erect such barricade or other safe- 
guards as may be necessary to protect and safeguard traffic using 
and employing said newly located, constructed and dedicated section 
of said highway. 


3. That this resolution be entered in the minutes and 
records of the Commission and a certified copy thereof promptly de- 
livered to the County Court of Jackson County, together with a copy 
of said exhibit or map, for such action as said County Court may de- 
sire to take with respect to the fragments of land to be abandoned, 
and should said abandoned portions of the right of way of said Pa- 
cific Highway be further employed for public or private highway pur- 
poses such use shall be entirely under the control and supervision 
of the County Court of Jackson County and beyond any responsibility 
or supervision by the State Highway Commission. 


The Secretary presented a letter from the Deschutes County Court, 
in which the Commission was requested to approve the postponement of the pay- 
ment of the balance due the state from the county, amounting to $1,991.47, for 
oiling the Shevlin Park County Road, which payment, according to the previous 
agreement, is to be made by the Secretary of State from Deschutes County's 
share of the December 15, 1941, apportionment of motor vehicle and gas tax 
funds under his supervision. The county court asked that the payment be made 
from the January 31, 1942, apportionment of such funds, so as to permit the 


*Map filed Right of Way Abandonment and Retention File. - No. 97. 
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said Klamath Falls-Lakeview Highway be further employed for public or 
private highway purposes such use shall be entirely under the control 
and supervision of the County Court of Lake County and beyond any re- 
sponsibility or supervision by the State Highway Commission. 


For similar reasons the Commission adopted the following resolution 
abandoning a short section of the Pacific Highway (old route) near Gold Hill, 
in Jackson County: 


WHERTAS, in order to afford a better alignment and a more 
satisfactory, safe and convenient highway for the traveling public 
the Commission found it necessary to relocate a portion of tiie Pa- 
cifie Highway in Jackson County; and 


WHEREAS, by reason of said relocation and reconstruction 
of said section of highway there was eliminated and made unnecessary 
as a part of the permanent highway a certain section, which section 
is more specifically defined and described hereinafter in this reso- 
lution; and 


WHEREAS, it is the judgment and opinion of the Commission 
that there should be recorded in the minutes and records of the Com- 
mission its purpose and plan to abandon as a part of the said high- 
way the fragment or portion of right of way heretofor. designated 
and which was heretofore included within the area of the right of 
way of said highway as formerly located but which is now without the 
regular limits of said highway as relocated. 


NOW, THEREFORE, the premises being in general as above 
stated, it hereby is resolved by this Commission, all members being 
present and affirmatively voting as follows: 
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1. That the fragment of land confined within the area 
hereinafter described, which fragment or parcel of real property was 
formerly within the limits of the right of way of the Pacific High- 
way but is no longer a part of the right of way of said highway as 
the same has been relocated and constructed be and said parcel of 
real property is abandoned as a part of the right of way of said 
highway, and said parcel of land is, so far as control and supervi- 
sion by this Commission is concerned, eliminated and left to revert 
to the adjoining and abutting property owners. The fragment or par- 
cel of land affected by this resolution is defined and described as 
follows, to wit: 


re 
res 


All that certain section of the old right of way of 
the Pacific Highway lying on the southerly side of the 
right of way required for the reconstructed Pacific High- 
way and between Mile Post 297 and 298 of said highway, 
situated in Section 22, Township 36 South, Range 3 West, 
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on state highway routes in Portland is covered by an agreement between 

the City of Portland and the State Highway Commission, wherein the re- 
sponsibility for the erection and maintenance of all directional and infor- 
mational signs is placed with the state. The Commission decided, after dis- 
cussion, not to permit Mr. Lambert to maintain his signs on state highway 
routes, because of the undesirable precedent that would be established. The 
Engineer was instructed to so inform Mr. Bowes. 


The Attorney brought up for discussion the question whether or not 
an attempt should be made to recover from the Ladd and Bush Bank of Salem ap- 
proximately $2,000, representing the unrecovered balance from the defalcation 
of one W. L. Moorman, former employee of the state highway department. He re- 
called that the amount taken by Mr. Moorman totaled approximately $8,000, of 
which amount approximately $6,000 was recovered under the Commission's for- 
gery bond, leaving a balance of approximately 42,000 unaccounted for, and the 
Secretary of State is asking that some action be taken by the Commission to 
clear the records, inasmuch. as this item appears unsatisfied in each annual 
audit of the Highway Commission's books. He further advised that an opinion 
was obtained from the Attorney General as to the Highway Commission's respon- 
sibility, which ovinion, briefly, is to the effect that the bank is liable 
for the loss. However, the bonding company does not take the same attitude 
and has abandoned its plan to recover tie amount of its losses from the bank. 
The Attorney gave as his personal opinion that the Commission could not re- 
cover from the bank, because it appears to him that the Commission's liability 
in the case is simply a technical one,not a legal one. After discussion the 
Commission re-referred the matter to the Attorney for further study. He was 
instructed to submit an opinion and a recommendation to the Commission at its 
meeting on November 177. 


The question whether or not either Mr. R. H. Baldock, present State 
Highway Engineer, or Mr. Roy Klein, former State Highway Engineer, could be 
held personally liable for the amount of the state's loss was discussed. It 
appeared to the Commission that neither Mr. Baldock nor Mr. Klein could be 
held liable. Furthermore, the Commission was of the opinion that under the 
circumstances neither Mr. Baldock nor Mr. Klein should be held liable for any 
part of the loss sustained by the state through the forgeries committed by 
Moorman. 


The Engineer requested authority to purchase the following equip- 
ments 


1 power mower for use on landscape project at Newport. 
Estimated cost 390. 


2 gasoline-driven spray paint machines. Estin ited 
total cost 9350. 


The Commission approved the request, and ordered that the purchases 
be made through the State Purchasing Agent in the customary manner. 


LO686 


ge tee 


f 
1, dee: 6 


SLT Nie 
ee ee ae Oe ee ee 


county to meet certain pay roll obligations in the meantime. The Commission 
approved the request and instructed the Secretary to communicate such informa- 
tion to the Secretary of State. 


The Commission discussed a letter from Zidell-Steinberg Company, to 
whom the Commission at its meeting on October 17, 1941, sold the old steel 
rails salvaged from the Front Avenue Project in Portland. The company alleges 
that the rails were covered with considerable concrete, and when this was re- 
moved it was found that the actual net weight of the steel was only 119.43 
tons, whereas they paid the state for 148.315 tons, which indicates that the 
conerete adhering to the rails weighed 28.885 tons, for which they are asking 
reimbursement at the rate of $11.66 per ton, the amount of their unit bid 
price for the steel, or a total of $336.30. The matter was discussed at con- 
siderable length and it was the Commission's decision that, if the company can 
furnish a reasonable basis for determining the weight of the concrete, then 
the state will reimburse the company for the excess payment, but not otherwise. 
Furthermore, the state will not reimburse the company for the cost of removing 
the conerete from the rails. The Engineer was instructed to convey such in- 
formation to the company. 


The Secretary presented a letter from the South Umpqua Telephone 
Company, in Douglas County, requesting reconsideration by the Commission of 
the action taken on July 18, 1941, with respect to the re-establishment of 
its pole line on the Days Creek-Wright Ranch Section of the Tiller-Trail High- 
way. The Commission reviewed its previous action in the matter and concluded 
that the position taken therein is legally and ethically sound. The Commis- 
sion thereupon decided not to make any change in its previous offer of settle- 
ment with thé company. 
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The Commission discussed a letter from the Public Roads Administra- 
tion inquiring as to when the Commission expects to make available for public 
use roadside oases constructed as federal aid projects adjacent to the Colun- 
bia River Highway at Boardman and Castle Rock, in Morrow County. The Engineer 
advised that the trees that were planted in these oases are of the variety 
that could not withstand the severe climate that obtains in this district, and, 
as a consequence, some of them died and had to be replaced. He recommended, 
in view thereof, that the oases be not opened for public use until the smaller 
trees have become more definitely established. He also recommended that there 
be constructed in the oaues,in the meantime, drinking fountains and rest rooms, 
because, in his opinion, the oases would not be of much value to the traveling 
public unless such facilities are provided. After discussion the Commission 
approved both recommendations and authorized the Engineer to proceed with the 
eonstruction of the drinking fountains a-1 the rest room facilities, so that 
they will be ready when the oases are opened for general public use. The Engi- 
neer was instructed to so inform the Public Roads Administration. 
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The Commission also discussed a letter from Commissioner William A. 
Bowes, City of Portland, with respect to the request of Mr. Lambert, owner of 
Lambert Gardens in Portland, for permission to maintain signs on certain city 
streets, including those designated as state highway routes, directing traffic 
to his gardens. Mr. Bowes pointed out that the matter of maintaining signs 
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The Commission discussed briefly the matter of entering into a 
supplemental agreement with Andrew Stambuck for the operation of the state- 
owned ferry across the Coos River, at a place known as Enegren Ferry, in Coos 
County, but deferred action thereon pending a full report from the Engineer 
at the meeting on November 17. 


The Secretary presented letters from the Eugene Daily News and Mr. 
Sterling Behnke, Eugene, in regard to snow removal operations this winter on 
the McKenzie Highway, particularly inquiring whether or not the Commission 
intends to keep the McKenzie Pass open for travel this winter and if not 
what plans the Commission has to maintain travel up to the Hand Lake ski area. 
The Secretary was instructed to reply that the Commission has no intention of 
keeping the McKenzie Pass open during the winter season, because of the ex- 
pense involved and for the further reason that it must conserve its equipment 
as much as possible, in view of the fact that it is becoming more and more 
difficult, on account of the war situation, to secure equipment needed for 
general highway purposes, and for similar reasons the Commission does not 
feel justified in even keeping the highway open up to the ski grounds. 


The Commission discussed a letter from Marshfield Lodge No. 1160, 
B.?.O.E., requesting permission to erect and maintain on state highways in 
Marshfield and other towms in that vicinity certain signs bearing the wording: 
fi "Travel Safely-Defend Anerica." The Commission denied the request as a matter 
: of policy. 


Commissioner Clough brought up for discussion the matter of improv- 
ing certain city streets in the town of Reedsport, which streets are not on 
state highway routes. It appears that, according to original plans, it was 
intended to improve several blocks on "H" Street, whereas the city officials 
are now asking for improvement of Winchester Avenue, former route of the Ore- 
gon Coast Highway, because it carries so much state highway traffic. The 
matter was referred to the Engineer for investigation. 


2consideration was given by the vommission to the venalty to be 
imposed on log haulers for overloading their trucks. It was recalled that 
the Commission, at the previous mecting, changed the penalty from five, ten 
and fifteen days' suspension of the P.U.C. plates, for the first, second and 
third offenses, to three, six and nine days' suspension for such offenses. 
The Secretary pointed out that the three-day suspension is not workable, be- 
cause in most instances the time limit has expired before notification can be 
given to the weighmasters and tle state police as to how long the plates are 
to be held. He suggested a further modification establishing a straight four- 
day penalty for each of the first three violations, which would climinate the 
confusion that now obtains, in that the weighmasters and the state police 
would know exactly how long to keep the plates when they were picked up, and 
would provide a much more workable arrangement. He said that he discussed 
such arrangement with Captain Lee Bowen, Deputy Superintendent of State Po- 
lice, and with Senator Franciscovich, of Astoria, who represents most of the 
loggers in that district, and both expressed their approval and gave as their 
opinion that the arrangement is much better than that now in effect. However, 
Senator Franciscovich made a further suggestion that the day the P.U.C. plates 
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The Secretary presented a request from Casper and Cutler, furnace 
manufacturers, Salem, for permission to transport loads 12'6" overall in 
height over the Pacific Highway East, from Salem to Portland, during Saturday 
afternoons, Sundays, and during hours of darkness, as occasion arises. He ex- 
plained that Casper and Cutler have a contract to furnish furnaces to the Unit- 
ed States Army, and are obliged to make deliveries on short notice; particu- 
larly in cases where the furnaces are for shipment to the army bases in Alaska, 
requiring iumediate delivery to Seattle, where they are loaded on boats for 
Alaske points, and it appears that the furnaces are so constructed that the 
height cannot be reduced. The Commission authorized the granting of the per- 
mit as an emergency proposition. 


The Engineer reported that, in conformance with previous authority 
granted him by the Commission, he awarded to the Triangle Construction Company 
on October 24, 1941, the contract for grading, surfacing and oiling the Brogan- 
Jamieson Section of the John Day Highway, bids for which were taken by the Gom- 
mission on October 16, 1941, the bid of the Triangle Construction Company be- 
ing the low one received at that time, and the conditions of the award having 
been satisfied. The Commission confirmed the award of this contract as report- 
ed. 


The Comaission discussed a letter from the County Court of Coos 
County requesting that the old bridge over Coal Bank Slough, in South Marsh- 
field, be given to Coos County for use on its county road system, inasmuch as 
it has been replaced by a new structure. The Engineer advised that the struc- 
tural steel in this bridge would weigh about 50,000 pounds, which, at a scrap 
price of approximately 410 per ton, would be worth about #250. He further ad- 
vised that it could not be used on the state highway system, although it prob- 
ably could be used to good advantage by the county on one of the county's 
minor roads. He recommended that the bridge be turned over to Coos County 
without charge. The Commission approved the recommendation. 


The Commission confirmed the oral authority previously granted 
authorizing Mr. Ben Titus, Acting Director, Travel and Information Depart- 
ment, to attend at state expense the meeting of the Pacific Northwest Tour- 
ist Association, which was held in Spokane, Washington, on October 30 and 31, 
1941. 


The Engineer requested authority for Construction Engineer H. G. 

Smith, Engineer of Materials N. M. Finkbiner, and one of his assistants, to 
go to Wenatchee, Washington, at state expense, in the near future to inspect 
a Barber-Green Asphalt Plant which is in operation at this place, with a view 
to determining whether or not a similar plant could be used to advantage by 
the State of Oregon. He said that Messrs. Smith and Finkbiner would be away 
only a couple of days, but quite likely Mr. Finkbiner's assistant would have 
to remain there a week or so in order to secure detailed information on the 
product turned out by the plant. He estimated the total expense involved at 
approximately $75. The Comaission approved the request, subject to confirma- 
tion by Governor Charles A. Sprague. 
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204-1451 - Furtado Creek Section, Elsie-Jewell County Road, 
Clatsop County. lst authorization #1380 
Humbug-Fishhawk Falls Section, Wolf Creek-llehalem 
Highway, Clatsop County. 2nd authorization $600 
Total to date $4,200. 

North Fork Necanicum River Section, Wolf Creek High- 
way, Clatsop County. lst authorization gi25 
Necanicum Junction-Nehalem River Section, Wolf Creek 
Highway, Clatsop County. lst authorization 965 
Elsie-Jewell Section, Elsie-Jewell Highway, Clatsop 
County. lst authorization #60 
Bench Mark 204-1456 - Astoria-Mist Section, Nehalem Highway, Clatsop 
County. lst authorization $100 
Quartz Creek-Tillamook Vounty Line Section, Wolf 
Creek Highway, Clatsop Co. lst authorization $2,825 
Necanicum River-Hug Point Section, Oregon Coast 
Highway, Clatsop County 2nd authorization $2,575 
Total to date 910,725 
Necanicum Junction-Nehalem River Section, Wolf Creek 
Highway, Clatsop County. 2nd authorization $10 
Total to date $75. 
Elsie-Jewell Section, Elsie-Jewell “ighway, Clatsop 
County. ~ 2nd authorization 310 
Total to date $70. 
Deer Island Section, Columbia River Highway, Colum- 
bia County. lst authorization $300 
Rainier-Goble Section, Columbia River Highway, Col- 
umbia County. lst authorization $3,300 
Scappoose-Multnomah County Line Section, Columbia 
River Highway, Columbia Co. lst authorization $350 
Deschutes County Line-O'Neil Section, O'Neil Nigh- 
way, Crook County. lst authorization %250 
Redmond-Crook County Line Section, Ochoco Highway, 
Deschutes County. lst authorization #250 
Glendale Junction-Wolf Creek Section, Pacific High- 
way, Douglas County. 2nd authorization 44,000 
Total to date 412,500. 
-Condon-Service Creek Section, John Day Highway, 
Gillian County. lst authorization $200 
Harney, County Line Section, Central Oregon Highway, 
Harney County. lst authorization $150 
Four Lorners-Antelope Creek Section, Crater Lake 
Highway, Jackson County. lst authorization $800 
Siskiyou Mountain Section, Pacific Highway, Jackson 
County. lst authorization $1,400 
Location Agate-Medford Section, Crater Lake Highway, Jackson 
County. lst authorization 93,500 
Prospecting - - 15-1432 + Nedford-Antelope Creek Section, Crater Lake Highway, 
Jackson County. lst authorization 200 
Prospecting - - 18-1451 - Klamath Falls Vicinity Section, The Dalles-Calif. 
Highway and others, Klamath County. 
Total to date #1200. 2nd authorization $3600 
: (oAaT 


tek sr ee 


: 
\ 
4 
t 
| 
é 
; 


are picked up be considered the first day of penalty, and that the procedure 
of submitting to the Commission, for instructions as to the penalty to be im- 
posed for violations in excess of the first three, be continued. After some 
discussion the Commission modified its present ruling, as follows: 


1. The penalty for each of the first three violations for 
overloading shall be four days suspension of the equipment involved 
in the overload, The P.U.C. plates of such equipment must be volun- 
tarily surrendered, either at the time that the equipment is weighed 
or within twenty-four fours thereafter. If they are not surrendered 
within such twenty-four-hour period, the P.U.C. permits shall be can- 
celled as in the past. 


2. The day that the P.U.C. plates are surrendered, if within 
the twenty-four-hour period, shall be considered the first day of 
the penalty, regardless of the time of day that the plates are sur- 
rendered, and the P.U.C. plates are not to be released to the opera- 
tor before 4:30 p. m. on the fourth day. 


3. As in the past, all violations in excess of three for any 
one operator shall be reported to the State Highway Commission for 
special instructions as to the penalty to be invoked. However, the 
operator must voluntarily surrender his P.U.C. plates for at least 
four days, as in the case of the first, second and third offense. 


4. Except as above noted, the penalty now provided is to be 
continued, 


The Secretary was instructed to see to it that such modifications are brought 
to the attention of highway department weighmasters, the state police depart- 
ment, and the Public Utilitities Commissioner. 


The Commission discussed and denied a request from Callow and Day, 
log haulers, for permission to truck-haul logs over the Necanicum, Wolf Creek, 
and Oregon Coast Highways, on Armistice Day, November 11, and on Thanksgiving 
Day, November 20. 


The Engineer presented a list of surveys that he has ordered since 
the last meeting of the Commission, and asked the Commission to confirm them 
and the amounts allocated for each, After due consideration the Commission 
authorized and instructed the Engineer to make such location surveys or vari- 
ous sections of the highways of this state, which said sections of highways, 
together with their identifying survey numbers and the amounts authorized and 
allocated for such survey expenditures, are as follows: 


Right of Way - 102-1427 - Benton County Line-Plunkett Creek Section, Kings 
Valley Hwy., Benton Co. ist authorization < $150 
Right of Way - 102-1428 - Monroe-Ferguson Section, Territorial Highway, Benton 


County. lst authorization - $150 
Plans ----- 2-1429 - South Third St. (Corvallis) Section, Pacific Highway 
West, Benton County. lst authorization - 


Pits - - - — 107-1418 - 
Prospect - - - 7-1419 - 
Plans - - - - 81416 - 
Plans - - - - 81415 - 
Plans -- - - 81415 - 
Plans - - - 108-1417 - 
Prospect - - 109-1435 - 
Right of Way 9-1438 - 
Plans - - - 109-1436 - 
Plans - - - 209-1443 - 
Plans - - - - 9-1442 - 
Prospect - - - 9-1444 - 
Plans - - - -10-1422 - 
Plans - - - 210-1432 - 
Plans - - - 110-1433 - 
Right of Way -15-1433 - 
Plans -- - 15-1428 - 
Plans —- - - 215-1435 - 
Plans - - - 215-1436 - 
Plans - - - 215-1438 - 
Plans --- 15-1431 - 
Plans - - - 116-1410 - 
Prospect - - 17-1415 - 
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Crooked River-School Section, Crooked River-Paulina 
Highway. Crook Co. lst authorization $150 
Prineville-Marks Creek Section, Ochoco Highway, in 


Crook County. lst authorization $300 
Brookings Section, Oregon Coast Highway, Curry County. 
lst authorization $550 


Gold Beach Section, Oregon Coast Highway, Curry Coun~ 


ty. 2nd authorization #600 
Total to date $1,200. 

Gold Beach Section, Oregon Coast Highway. Curry Coun- 
ty. 3rd authorization $700 


Total to date $1,900. 

Hughes Ranch-Lighthouse Section, Cape Blanco Highway, 
Curry County. lst authorization #100 
Lava Lake-East Forest Boundry Section, Century Drive 
Highway, Deschutes Co. lst authorization $200 
Sisters Scale Site, McKenzie Highway, Deschutes Coun- 
ty. lst authorization $75 
Lava Lake-East Forest Boundary Section, Century Drive 
Hwy., Deschutes Co. lst authorization 3430 
Powell Butte Highway-Alfalfa Section, Alfalfa Market 
Road, Deschutes County. lst authorization 1,000 
Squaw Creek Section, McKenzie Highway, Deschutes 
County. lst authorization ¥500 
Sisters-Redmond Section, McKenzie Highway, Deschutes 
County. lst authorziation 9300 
North Dillard Bridge, Pacific Highway, Douglas County. 


Total to date $1,300 4th authorization $250 
Oak Creek-Marks Ranch Section, North Umpqua County 
Road, Douglas County 2nd authorization #75 


Total to date 3200. 

Milo-Tiller Section, Tiller-Trail Secondary Highway, 

Douglas County. lst authorization 3,300 

South Medford Section, Pacific Highway, Jackson Co. 
lst authorization $210 

Ashland Plaza Section, Pacific Highway, Jackson Coun- 


ty. 2nd authorization 3550 é 
Total to date $900 5 
North Boundary Section, Medford Cantonment Access q 
Road, Jackson County. lst authorization ¥450 ie 
South Boundary Section, Medford Cantomnent Access +e 
Road, Jackson County. 1st authorization 32,450 # 
Dodge Ranch-Hoos Ranch, Medford Cantonment Access i 
Road, Jackson County. lst authorization 1,050 e 
Eagle Point-Medford Section, Crater Lake Highway, pe} 
Jackson County. 2nd authorization 42,000 


Total to date 35,500. 

Madras-Warm Springs Section, Warm Springs Highway, 
Jefferson County, lst authorization ¥650 
Wolf Creek-Grave Creek Section, Pacific Highway. Jose- 
phine County. lst authorization 41,020 
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Prospecting - - 118-1456 - 


Plans ---- 118-1457 - 


location - - - - 18-1443 - 


Location - - - 219-1501 - 
Plans ----- 21-1445 - 
Right of Way - - 21-1450 - 
Plans ----- 21-1451 - 
Plans ----- 122-1435 - 


Plans -<---- 26-1444 - 
Prospecting - - 30-1435 - 
Plans - --'-- 30-1436 - 
Plans -*<-*- 30-1437 - 


Reconnaissance - 31-1424 - 


Location - - - 204-1458 - 


Right of Way -- 4-1459 - 


Maint. Site - - 107-1417 - 


1941 


Texum-Highway 97 Section, Midland Highway, Klamath 
County. lst authorization $750 
Modoc Point grade crossing, Klamath Agency-Modoc 
Point Highway, Klamath County. 

lst authorization $300 
Klamath Falls-Merrill Junction Section, Klamath Falls- 
Lakeview Highway, Klamath County. 
Total to date $5,000, 2nd authorization 1,800 
Cottonwood Hill-West Side & Maddocks Service Station- 
idaho Grange Section, County Roads, Lake County. 

lst authorization $2,000 
Otter Rock-Agate Beach Section, Oregon Coast Highway, 
Lincoln County. 2nd authorization 4600 
Total to date 4900. 
Newport-Waldport Section, Oregon Coast Highway, 


Lincoln County. lst authorization wl25 
Nelscott Section, Oregon Coast Highway, Lincoln Co. 
lst authorization 50 


Detroit-South Santiam Junction Section, North San- 
tian Highway, Linn Co. lst authorization $300 
Salem-Hayes School Section, Pacific Highway East, 
Marion County. lst authorization ~850 
Steel Bridge-Barbur Boulevard Section, Pacific Hwy. 
West, Multnomah County. 6th authorization 33,000 
Total to date 16,000. 
Pendleton-Meacham Section, Old Oregon Trail Highway, 
Umatilla County. lst authorization £250 
South Milton Section, Oregon-Washington Highway, 
Umatilla County, lst authorization 3200 
Gilliam County Line-Umatilla Section, Colwnbia 
River Highway, Umatilla County. 

lst authorization #150 
La Grande-North Powder Section, Old Oregon Trail 
Highway, Union County. 2nd authorization $100 
Total to date $1,100, 


Kipanon Gonnection Section, Ft. Stevens-Camp Clat- 
son County Road, Clatsop County. 

lst authorization 1,000 
Canp Clatsop-West Lake Section, Oregon Coast Highway. 
Clatsop County. lst authorization 980 
llehalem River Crossing-East Section, Wolf Creek 
Wighway, Clatsop Co. ist authorization $200 
North Bend-Marshfield Section, Oregon Coast Highway, 
Coos County. 5th authorization 1,000 
Total to date $5,000. 
Crooked River Highway-Paulina Section, Crooked River- 
Paulina Hwy., Crook Co. lst authorization $75 


Plans - - - - 23-1427 
Plans - - - - 26-1450 
Plans - - - - 26-1451 
Plans ~- - - —226-1452 
Right of Way - 27-1417 
Bridge - - - - 27-1418 


Reconnaissance 28-1413 


Plans 


Plans 


Plans 
Plans 
Plans 


Plans 


Location 


Plans 


Plans 


Plans 


Plans 


129-1434 
- 29-1435 


- 30-1438 
130-1439 
130-1440 
130-1441 

- 32-1407 


~ 34-1429 

134-1430 
- 34-1431 
- 36-1428 


- Ontario Section, Old Oregon Trail Highway, Malheur 
County. lst authorization $700 
~- Parkrose Section, Columbia River Highway, Multnomah 
County. lst authorization 41,000 
- Jantzen Beach Section, Pacific Highway, Multnomah 
County. lst authorization 2500 
- North Burgard Street Section, Portland City Street, 
Multnomah County. lst authorization #490 
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- West Approach Willamette River, Salem-Dallas Highway, 


Polk County. lst authorization #100 


- Rogue River Section, Salmon River Highway, Polk Coun- 


ty. lst authorization 950 


~- Madras-Columbia River Section, The Dalles-California 
and Sherman Highways, Sherman County. 
lst authorization 3,000 


- Trask River Crossing Section, Netarts Secondary High- 


way, Tillamook County. lst authorization ~100 
~- City of Tillamook Section, Oregon Coast and Wilson 
River Highways, Tillamook Co. : 
lst authorization $2,000 
- Southwest Court Street, Pendleton, Old Oregon Trail, 
Umatilla County. 
- Union Pacific Undercrossing Section, Hermiston Sec- 
ondary Hwy., Umatilla Co. lst authorization 3,300 
- Helix Jct.-Oregon-Washington Hwy., Havana-Helix Sec- 


ondary Hwy., Umatilla Co. lst authorization 500 


- Weston Mt.-McDougal Camp Section, Weston-Elgin Second- 
ary Hwy., Umatilla Co. 


lst authorization $500 


lst authorization 2910 


- Enterprise-Forest Boundary Section, Enterprise-Lewis- 


ton Hwy., Wallowa County. 2nd authorization 900 


Total to date j2,300, 
- Sylvan-West Slope Section, Tualatin Valley Highway, 
Washington County. 
~ #140 - Hazeldale Section, Farmington Secondary High- 
way, Washington Co. 
~ Tigard Section, Pacific Highway West, Washington 


County. lst authorization 9400 
- East Sheridan Section, Salmon River Highway, Yamhill 
County. lst authorization $500 


The Commission considered the following requests for extensions of 


time within which to complete highway construction projects: 


Chester T. Lackey, contract No. 2359, for furnishing crushed 


rock in stock piles for the Sage Hen Hill-Harney County Line Section 
of the Central Oregon Highway in Harney County, requested an exten- 
sion of time from June 15 to September 20, 1941, within which to 

complete this job. He alleged that all the work in connection with 


lst authorization 700 


lst authorization $1,900 


2 . = “7 os 
rT —— Bao 1 ta Se oa Bs oe — bee. sas z 
1h SLAY REE eae POR ISS SaseaiS: '° ME EE: 


Prospect - - - 17-1416 - Wolf Creek-Jump Off Joe Creek, Pacific Highway, Jo- 


sephine County. lst authorization $500 
Prospect - - - 18-1451 - Klamath Falls Vicinity, Various Highways, Klamath 
County. 3rd authorization $800 


Total to date $2,000. 
Plans - - - -118-1456 - U. S. 99 to ORE. 66 Section, Midland Secondary High- 
way, Klamath County. 2nd authorization $1,312.50 
Total to date $2,062.50. 
location - - - 18-1441 - Barclay Springs-Terminal City Section, The Dalles- 
California Highway, Klamath County. 
4th authorization $900 
Total to date $8,550. 
18-1443 - Klamath Falls-Merrill Jct., Klamath Falls-Lakeview 
Hwy., Klamath County. 3rd authorization 41,000 
Total to date $7,000. 
Location - - - 18-1452 - Modoc Point-Barclay Springs Section, The Dalles-Calif. 
Hwy., Klamath County. 3rd authorization $1,825 
Total to date $6,625. 


Location - - 


lst authorization #200 
Right of Way - 22-1438 - Cascadia State Park Section, Santiam Highway, Linn 


At 
ate 
5 Location - - -218-1458 - Sprague “iver-East Section, Sprague River County Rd., 
te Klamath County. lst authorization 3,000 
ae Plans - - - - 19-1426 - Drews Valley-E. Forest Boundary Sec., Klamath Falls- 
r. Lakeview Hwy., Lake Co. 1st authorization $200 
r i Plans - - - - 20-1437 - Goshen-Lowell Section, Willamette Highway. Lane 
LE County. 7th authorization $841.25 
| ' Total to date $13,458.75. 
rie Plans - - - -120-1447 - Veneta-Crow Section, Territorial Secondary Highway, 
Ti Lane County. lst authorization 3900 
ah Plans - - - ~120-1448 - Siuslaw Highway-Elmira Section, Territoria.. Secondary 
th Highway, Lane County. lst authorization 9750 
+t Prospect - - -120-1449 - Siuslaw Highway-Elmira Section, Territorial Secondary 
Highway, Lane County. lst authorization $175 
Plans - - - - 21-1452 - Taft Section, Oregon Coast Highway, Lincoln County. 
ae lst authorization w100 
He Plans - - - —- 21-1454 - Oceanlake tion, Oregon Coast Highway, Lincoln 
ae. County. lst authorization $400 
ae. Stock Pile - - 21-1455 - Kernville-Seal Rocks Section, Oregon Coast Highway, 
Lincoln County. lst authorization 9800 
i Right of Way - 22-1437 - Canyon Creek-Bryant Hill Section, Santiam Highway, 
ie Linn County. lst authorization ¥450 
Quarry - - - - 22-1436 - Foster-Cascadia Section, Santiam Highway, Linn County. 
County. ist authorization $500 
: Plans - - - - 22-1439 - Airplane Landing Field, Santiam Highway, Linn County. 
é lst authorization $500 
Prospect - - - 22-1440 - Lebanon-Sweethome Section, Santiam Highway, Linn 
County. lst authorization $400 
+ Plans - - - - 22-1441 - Lebanon-Sweethome Section, Santiam Highway, Linn 
t County. lst authorization $1,500 
Tt Stock Pile - - 22-1442 - Tangent-Harrisburg Section, Pacific Highway East, 


“| Linn County. lst authorization $50 
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River Highway, they being unable to move their crushing plant and 
equipment to their own contract in time to complete the job within 
the specified time limit. The Engineer advised that the grading, 
surfacing and oiling work was all completed by September 18, and 
work remaining to be done after that time consisted of production 
of maintenance rock and shoulder work, which did not inconvenience 
the traveling public or increase the state's expense for engineer- 
ing supervision to any extent. He recommended, in view of the 
circumstances, that the extension of time be granted without pen- 
alty. The Commission approved the recommendation. 


J. F. Johnston, contract No. 2453, for construction of approach- 
es to the Dayton Bridge on the South Yamhill River Bridge Section of 
Three Mile Lane Secondary Highway, at Dayton, in Yamhill County, re- 
quested an extension of time from September 30 to December 31, 1941, 
within which to complete this job. He alleged that his failure to 
complete the project within the specified time limit was due to his 
inability to obtain delivery of lumber. The Engineer advised that 
the raason given by Mr. Johnston is correct; that he used every rea- 
sonable effort to get prompt delivery of this material, but has 
been delayed because of the federal government's requirements and 
because of labor trouble at the mills supplying the lumber. He rec- 
ommended that the extension:of time requested be granted without 
penalty. The Commission approved the recommendation. 


Babler Bros., contract No. 2459, for surfacing, oiling and con- 
struction of bituminous macadam on the Sunset Camp-Davies Section of 
the Wolf Creek and Nehalem Secondary Highways, in Washington Lounty, 
requested an extension of time from September 30 to October 17, 1941, 
within which to complete this job. The Engineer advised that all 
work in connection with this job, with the exception of shoulder 
work, was completed within the specified time limit, and the road 
was opened to traffic early in September, so the delay in completing 
the contract did not inconvenience the traveling public; neither has 
it increased the state's expense for engineering supervision. He 
recommended, in view of the circumstances, that the extension of 
time requested be granted without penalty. The Commission approved 
the recommendation. 


A. S. Wallace, contract No. 2460, for furnishing crushed mate- 
rials in stock piles for the Dean Creek-Parker Creek Section of the 
Umpqua Highway, in Douglas County, requested an extension of time 
of thirty days from October 31 to November 30, 1941, within which 
to complete this job. He gave no reason for his failure to complete 
the project within the specified time limit. The Engineer advised 
that failure of the contractor to complete the job within the speci- 
fied time limit will not inconvenience the traveling public; neither 
will it increase the state's expense for engineering supervision. 

Ye recommended the granting of the request for the extension of time 
without penalty. The Commission approved the recomnendation. 
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the job was completed April 5, 1941, with the exception of construc- 
tion of fences around the stock piles, and that he was delayed in 
completing this particular item because of difficulties in securing 
materials. The Engineer advised that the reasons given by Mr. Lack- 
ey for failure to complete the project within the specified time 
limit are correct; also, that Mr. Lackey made an honest effort to do 
the job within the specified time limit, but could not do so for the 
reasons stated. He recommended, in view of the circumstances, that 
the extension of time requested be granted without penalty. The Com- 
mission approved the recommendation. 


Colonial Construction Company, contract No. 2372, for grading, 
surfacing and oiling the Follett Ranch-Cold Canyon Section of the 
Wallowa Lake Highway, in Union County, requested an extension of 
time from August 31 to October 10, 1941, within which to complete 
this job. They attributed their failure to complete the project 
within the specified time limit to adverse weather conditions, which 
prevented oiling operations. The Engineer advised that all mineral 
aggregate for this job had been manufactured, and the oiling crew 
was on the job early enough to have completed the work within the 
specified time limit, but they were not allowed to proceed with the 
oiling work because of unfavorable weather conditions. He recom- 
mended, in view of the circumstances, that the extension requested 
be granted without penalty. A letter was presented from the Public 
Roads Administration concurring therein. The Commission approved 
the recommendation. 


Tidepoint Company, contract ho. 2408, for furnishing crushed 
material in stock piles for the Svenson-Goble Section of the Colum- 
bia River Highway, in Clatsop and Columbia Counties, requested an 
extension of time from June 30 to October 14, 1941, within which to 
complete this job. They attributed their failure to complete the 
project within the specified time limit to difficulty in securing 
skilled labor. The Engineer advised that the contractor produced 
sufficient of the rock under the contract to satisfy all of the high- 
way department's needs for spring and summer use of this year, so 
his failure to complete the project within the specified time limit 
did not inconvenience the state in any way. Defense work in the 
vicinity of Astoria, he said, made it difficult for the contractor 
to secure labor. He recommended, in view of the circumstances, that 
the extension of time requested be granted without penalty. The Com- 
mission approved the recommendation. 


Babler Bros., contract No. 2447, for grading, surfacing and 
oiling the Vance Creek-Soda Mountain Section of the John Day-Burns 
Highway, in Grant County, requested an extension of time from Au- 
gust 31 to October 4, 1941, within which to complete this job. They 
alleged that their failure to complete the project within the spec- 
ified time limit was due to unforeseen delay encountered in connec- 
tion with their subcontract with Leonard & Slate, for the construc- 
tion of the Quinton-Ramsey and Blalock-Ramsey Section of the Columbia 
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recommended, in view of the circumstances, that the extension of 
time requested be granted without penalty. The Commission approved 
the recommendation. 


United Contracting Company, contract No. 2499, for paving the 
Independence Section of the Independence Secondary Highway, in Polk 
County, requested an extension of time from September 15, 1941, to 
June 1, 1942, within which to complete this job. They attributed 
their failure to complete the project within the specified time 
limit to adverse weather conditions during August and September and 
to a letter from the Division Engineer dated October 25, 1941, or- 
dering that the work be not started until suitable weather next 
spring. The Engineer advised that due to the press of other high- 
way paving jobs it was impossible for the United Contracting Company 
to secure a plant setup in Independence until late in October, which 
was too late to insure a goot job this year. He further stated that 
the United Contracting Company also had the contract for paving work 
in Sheridan and that he insisted that such work be completed before 
commencing the Independence job. Due to the fact that the Sheridan 
job was not completed early enough to complete the Independence job 
before bad weather set in, he ordered them not to commence it until 
next spring. He recommended, in view of the circumstances, that 
the extension of time be granted without penalty. The Commission 
approved the recommendation. 


Frank Watt Construction Company, contract No. 2501, for con- 
struction of a bridge over East Dairy Creek on the Wolf Creek High- 
way, in Washington County, requested an extension of time of thirty 
days, from October 31 to November 30, 1941, within which to complete 
this job. He attributed his failure to complete the project within 
the specified time limit to extra work in changing the channel of 
East Dairy Creek and to difficulties encountered in securing metal 
hand rail that was specified for the job. The Engineer advised that 
the reasons given by the contractor for failure to complete the proj- 
ect within the specified time limit are correct, and that the delay 
was not primarily the contractor's fault. He recommended, in view 
of the circumstances, that the extension of time requested be grant- 
ed without penalty. The Vommission approved the recommendation, 


The Engineer reported that Contracts ios. 2354, 2372, 2408, 2447, 
2459, 2464, and 2484, for the construction of state highway projects, have 
been completed according to the requirements of the contracts or modifica- 
tions thereof, and that said jobs are now ready for acceptance. The follow- 
ing resolution accepting the above projects was offered and was adopted by 
the unanimous vote of the Commission: 


WHEREAS, the Engineer has reported that the following 
- State Highway Commission contracts for the construction of state 
highway projects have been completed according to the terms and 

provisions of the contracts and said jobs are now ready for accept- 


ance: 


'f 
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E. L. Rigdon, contract No. 2473, for grading, surfacing and 
oiling the Days Creek-Wright Ranch Section of the Tiller-Trail Sec- 
ondary Highway, in Douglas County, requested an extension of time 
from September 30, 1941, to June 30, 1942, within which to complete 
this job. They attributed their failure to complete the project 
within the specified time limit to their inability to secure rock- 
crushing equipment either by lease or purchase, and their inability 
to subcontract the rock-crushing work, The Engineer advised that 
the contract was awarded May 22, 1941, but the contractor did not 
start operations until July 21, 1941, which accounts for his fail- 
ure to complete the job on time. His delay in completing the job, 
he said, has considerably inconvenienced the people who use the road, 
and has also increased the state's expense for engineering supervi- 
sion. He recommended, in view of the circumstances that the exten- 
sion of time requested be granted, but that the contractor be re- 
quired to reimburse the state for extra engineering expense incurred 
in connection therewith subsequent to the specified date of comple- 
tion. The Commission approved the recommendation. 


C. J. Eldon, contract No. 2481, for grading, surfacing and con- 
struction of bituminous macadam on the Trask River-Peltz Corner Sec- 
tion of the Fairview-Clements Corner Road, and the Long Prairie 
County Road, in Tillamook County, requested an extension of time 
from September 30, 1941, to June 30, 1942, within which to complete 
this project. He attributed his failure to complete the pro ject 
within the specified time limit to conditions existent at the time 
of the award of the contract and continuing thereafter for a period 
of approximately two months, which precluded the verformance of the 
work of clearing, grubbing, draining and grading in sufficient time 
to permit construction of the oiled surface this season. Rainy 
weather during the month of September was also given as a contribut- 
ing feature. The Engineer advised that the contractor was somewhat 
delayed at the beginning of his operations by the failure of Tilla- 
mook County to set back fences and utility pole lines and pipe lines. 
Such delay, he said, and subsequent rains, prevented the oiling work 
this year, so that part of the job will have to be carried over un- 
til 1942. He recommended, in view of the circumstances, that the 
extension of time requested be granted without penalty. A letter 
was presented from the Public Roads Administration concurring there- 
in. The Commission approved the recommendation. 


C. W. Reeve, contract No. 2484, for remodeling the Oak Creek 
Bridge on the Corvallis-Newport Highway in Benton County, requested 
an extension of time from September 30 to October 28, 1941, within 
which to complete this job. He alleged that his failure to complete 
the project within the specified time limit was due to a request 
from the state highway bridge department to defer the construction 
of sidewalks and sewer drains until the paving work was completed. 
The Engineer advised that the reason given by Mr. Reeve for his fail- 
ure to complete the job within the specified time is correct. He 
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Agreement. with the Southern Pacific Company terminating 3 
lease of a gravel storage site on railroad property at Derry, 
in Polk County. 


Agreement with li. P. Fischer covering construction and use 
of a logying road across Silver Creek Falls State Park, Marion 
County. 


Agreement with the Eugene Power Company covering purchase 
of real property which is to be conveyed to the Power Company 
in connection with the Eugene-Springfield Highway railroad 
improvement. 


Agreement with Ward C. Barnes and wife disposing of their 
ckaim for damages to their property at Nyssa, on account of 
construction of the Nyssa railroad grade separation project. 
Right of way file No. 9723. 


Agreement with F. R. Pendleton, et al., disposing of a 
claim for damages to property at iarshfield. Right of way file 
No. 4763. 


Separate agreements with the following cities and towns, 
covering improvements to certain city streets that are not on 
state highway routes: Albany, Hillsboro, Astoria, Eupire, Gear- 
hart, Woodburn, Eastside, Weston, Warrenton, Newport, Corvallis, 
Umatilla, Beaverton, and Harrisburg. 


Cancellation of lease agreement with Zelda Ploeger, affect- 
ing certain property acquired for borrow purposes in connection 
with the Tigard project, 


The Commission confimmed Monday and Tuesday, November 17 and 18, 
as the dates for its next regular meeting for receiving bids for construction 
projects, this being a postponed meeting originally set for Wednesday and 
Thursday, November 12 and 13. 


a 
2, 


There being no further business to come before the Commission at 
this time, the meeting was adjourned at 5:15 p. m. 


State Highway Engineer Chisean 
4 Mn, 
Lice ave Lar 3 C 
Secretary Commissioner 
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Contract tio. 2359, with Chester T. Lackey, for furnishing 
approximately 9,700 cubic yards of crushed rock in stockpiles 
on the Sagehen Hill-Harney Section of the Central Oregon High- 
way, in Harney County. Completed September 20, 1941. 


Contract No. 2372, with Colonial Construction Company, for 
1.67 miles grading, surfacing and oiling on the Follett Ranch- 
Cold Canyon Section of the Wallowa Lake Highway, in Union County. 
Completed October 10, 1941. 


Contract No. 2402, with Tidepoint Company, for furnishing 
8,000 cubie yards of crushed material in stockpiles on the Sven- 
sen-Gobel Section of the Columbia River Highway, in Clatsop and 
Colunbia Counties. Completed October 14, 1941. 


Contract No. 2447, with Babler Bros., for 4.02 miles grad- 
Ang and 18.02 miles surfacing and oiling on the Vance Creek- 
Soda Mountain Section of the John Day-Burns Highway, in Grant 
County. Completed October 4, 1441. 


Contract No. 2459, with Babler Bros., for 9.53 miles sur- 
facing and bituminous macadam, and 3.15 miles oiling on the 
Sunset Camp-Davies Section of the Wolf Creek and Nehalem Sec- 
ondary Highways in Washington County. Completed October 17, 
1941. 


Contract No. 2464, with J. F. Johnston, for construction 
of the West Dairy Creek Bridge on the Wolf Creek Highway, in 
Washington County. Completed October 31, 1941. 


Contract lo. 2484, with C. W. Reeve, for the Oak Creek 
Bridge widening project, on the Corvallis-Newport Highway, in 
Benton County. Completed October 28, 1941. 


THEREFORE, B= IT RESOLVED that the work covered by said 


state highway contracts for the consvruction of said state highway 
projects be declared completed according to the terms of the respec- 
tive contracts, and said jobs are hereby accepted and final payment 
in connection with each is hereby authorized. 


The Commission considered and signed agreements, et cetera, as fol- 


Agreement with the Oregon-Washington Railroad & Navigation Com- 


pany, the Union Pacific Railroad Company and Multnomah County, pro- 
viding for an easement for the encroachment of the Colunbia River 
Highway on railroad property near Bonneville. 
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(Corbett Section continued) 


Babler Bros. $113,374.00 
A. C. Greenwood Co., inc. 113,490.00 
Hauser Construction Co. 116,118.00 
Sam Orino 118,574.00 
Strong & Macdonaid, Inc. 136,990.00 
Alex Besoloff Co. 139,100.00 
Porter W. Yett . 142,490.00 
icNutt Bros. 149,840.00 


PACIFIC HIGHWAY WEST 
FRONT AVENUE (ANKENY ST.-WASHINGTON ST.) SECTION - GRADING AND 


PAVING 
Edlefsen-Weygandt Company $181,871.50 
Porter W. Yett 188,112.50 
Natt McDougall Company 298,855.90 


STATE HIGHWAYS NEAR W1LLAMINA 
W1LLAMINA ROCK PRODUCTION 


Independence Sand & Gravel Co. $18,170.00 
0. C. Yocom 18,407.00 
Babler Bros. 18,960.00 


STATE HIGHWAYS NEAR MCMINNVILLE 
MCMINNVILLE ROCK PRODUCTION 


Independence Sand & Gravel Co. $12,350.00 
A. H. Saxton & Son 13,864.00 


PACIF1C HIGHWAY WEST 
TIGARD SECTION - ROADSIDE 1aPROVEMENT 


Blair T. Alderman $4,342.00 
Leonard & Slate 6,220.00 


A delegation representing the Oregon Trail Association heeded by iir. 
Charles Reynolds, President, La Grande, and including County Judge C. D. Nick- 
elsen, Hood River County; R. E. Steele, Secretary of the Hood River Chamber 
of Commerce; County Judge David F. Graham, Malheur County; and Frank M. War- 
ren, Jr., Portland, representing Mr. J. H. Polhemus, Chairman of the Portlend 
Committee, came before the Commission and urged haste in the construction of 
the new Columbia Gorge Highway between Troutdale and The Dalles, and addition- 
al improvements on the Old Oregon Trail between The Dalles and Ontario. Mr. 
Reynolds mentioned the following specific projects: 


(1) Either the modernization of the present highway be- 
tween Union and North Powder or the construction of a new highway 
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Portland, Oregon, November 17, 1941 


The State Highway Commission met in regular session at 9:00 a. m. in 
the auditorium of the Public Service Building. Present were: 


Henry F. Cabell, Chairman 

Huron W. Clough, Commissioner 

Herman Oliver, Commissioner 

R.,H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


Bids as follows for highway construction work were opened and read 
in conformance with previously published notice, following which Chairman 
Cabell announced that the award of contracts would be made at 3:00 p. m. in 
the same room. 


POWERS SECONDARY HIGHWAY 
GRANTS CREEK-POWERS SECTION - SURFACING AND O1LING 


Coos Bay Dredging Company $49,246.50 
Babler Bros. 54,812.00 
0. C. Yocom 56,938.00 
McNutt Bros. 58,541.00 


KLAMATH FALLS-LAKEVIEW H1GHKAY 
DREWS VALLEY ROCK PRODUCTION 


Rogers Construction Co. $13,842.00 
True Mix Concrete Company 17,300.00 


PACIF1C HIGHWAY 
EUGENE-JUDKINS POINT SECTION - RAILROAD ROADBED CONSTRUCTION 


Strong & Macdonald, Inc. $205,515.50 
Colonial Construction Co. 208,738.00 
McNutt Bros. 230,549.50 


COLUMBIA RIVER HIGHWAY 
CORBETT SECTION - ROCK TOE EMBANKMENT 


Colonial Construction Co. $87,340.00 
White's Trucking Co. 95,224.00 
Berke Bros. 96,940.00 
Max J. Kumey 99,630.00 
Leonard & Slate 100,690.00 
K. L. Goulter 108,556.00 
Gilpin Construction Co. 131,970.00 
Natt wcDougall Company 112,840.00 


(Continued on next page) 


ments ee aariegiemebnctaaakaphes read 70 tied 


there is a broad, state-wide change in public opinion with respect thereto 
the Commission feels thet it should not increase the state's bonded indebted- 
ness. However, if the people have changed their attitude with respect there- 
to and will so exvress themselves, the Commission will be glad to respond ac- 
cordingly. This concluded the conference. 


ir. Steele inquired as to whether or not the Commission has acted 
on the offer of the City of Hood River to deed to the state, free of charge, 
certain city property situated adjacent to the Columbia River Highway near 
the vest city limits of Hood River, for use as a maintenance site. He said 
that, if the Commission wants this tract, the city is ready and willing to 
sign the deed as soon as advised. The Engineer was instructed to investi- 
gate the property and report to the Commission at its December meeting. 


Judge Graham asked for the following Malheur County projects: 


(1) Construction of the proposed revision of the Old 
Oregon Trail between Ontario and Huntington. 


(2) Construction of a railroad underpass at Durkee. 

(3) Additional improvements on the 10N State Secondary 
Highwey. He particularly asked the Commission to redesignate this 
highway as a primary state highway. 

(4) Rebuild bridges across the Snake River. 


(5) Reconstruct the North Powder-Union Section of the 
Old Oregon Trail. 


(6) Modernize Graham Boulevard (state secondary highway) 
at the earliest possible time. 


(7) Improve county roads in the vicinity of Nyssa and 
Ontario. 


(8) Continue the improvement to modernize Lytle Boule- 
vard. 


The Commission took no action on these requests. 


Mr. Reynolds reappeared before the Commission in behalf of the Un- 
ion County Court and the La Grande Chamber of Commerce and requested the fol- 
lowing Union County improvements: 


(1) Extend improvement on Hunters Lane county road to a 
place known as Summerville or to a connmecticn with the Tollgate Road 
west of Elgin. 


(2) Additional improvements on the Hillgard-Starkey sec- 
ondary State Highway. He urged the Comuission ‘o extend this 
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on proposed alignment through Ladd Canyon. He advised that they are not 
advocating any particular route but would like to see something done soon. 


(2) Boardman-Stanfield Highway:- Mr. Reynolds gave as his un~ 
derstanding that the Commission intends to complete this project during 
the 1942 season. 


(2) Boerdman-Arlington Section, 26 miles in length:- Mr. Rey- 
nolds urged a start in the near future on the modernization of this sec- 
tion waicn, he said, is bedly needed. He sug ested that the work be 
started at the Arlington end, working easterly. 


(4) Quinton-John Day River Section:- Mr. Reynolds urged the 
construction of the remeining 8.8-mile section in the 1942 program. 


(5) The Dalles-Portland Section:- ir. Reynolds urged comple- 
tion of this project at the earliest possible time. it was his thought 
that the Commission should spend miilions immediately on this section 
in order to expedite completion of the work which would take a long time 
if expencitures were limited to $500,000 or thereabouts ennually. 


Judge Nickelsen alleged that the noncompletion of the new highway up 
the Columbia Gorge is handicapping industry in the State of Oregon and that 
the existing poor read in Uregon is forcing industry into the “tate of Washing- 
ton. He advocated the borrowing of woney to finance the modernization of the 
Old Oregon Trail throughout its entire length from Portland to Ontario, the re- 
funding of outstanding bonds and sale of additional bonds, and expenditure of 
two or taree million doliars annually until the work is done. 


Mr. Warren advised that the people in Portland are very much inter- 
ested in the improvement of the Columbia River Highway from the safety stand- 
point as well as from the industrial standpoint. 


ir. Reynolds then advised the Commission that e special Columbia 
River Highway Committee, consisting of himself as President of the Oregon 
Trail Association, Juige Nickelsen, of Hood River County, and Russell M. Col- 
well, Portland, has been appointed to arrange, if possible, a plan for finan- 
cing the Highway under discussion. He asked the Commission to authorize at 
least one member of the Commission to sit in with their committee in their 
discussions of this matter. Chairman Cabell suggested that the comuittee for- 
mulate some plan and present it to the Commission. The suggestion was approv- 
ed and it was thereupon decided that the plan should be submitted to Chairman 
Cebell who was authorized by Commissioners Clough end Viiver to act for the 
Commission in the matter. 


Chairman Cabell advised of the Commission's attitude with respect to 
the sale of bonds as wes suggested by Judge Nickelsen. He pointed out that 
this is a broad, state-wide question and in the minds of the Commission it is 
e matter for the people of the state as a whole to decide through their repre- 
sentatives in the Legislature. The Comaission now is of the opinion, he said, 
that legislative feeling is ageinst the sale of additional bonds and unless 
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Cabell advised the delegation of the action just taken by the Commission in 
regard to this matter. He explained that unless something unusuel arises as 

a result of the new appraisals the Commission will proceed with the construct- 
ion of the project as expeditiously as possible; further, that the Commission 
would give them a definite answer following its December meeting. 


The Commission, by unanimous vote, approved the minutes of the 
meetings held on May 8 and 9, May 22, Jume 12 and 13, July 16, 17 and i8, «nd 
July 23 and 24, 1941. 


The Engineer brought up for discussion the matter of installing 
flood lights at certain street intersections in Corvallis. He recalled that 
the Commission, at its meeting in May of this year, approved the instailation 
of flood lights at two intersections, viz., Sixth and Van Buren Streets and 
Sixth and A Streets where the Southern Pacific railroad crosses the highway 
routs, such approval being contingent upon the railroad company paying one- 
half of the cost involved and the city agreeing to pay the cost of the elect- 
rical current which is used to operate the lights. He advised that up to the 
present time he has been unable to get a declaration from the railroad com- 
pany as to whether or not it would pay its share of the cost although the 
city has agreed to pay the cost of operation. He recommended in view of the 
desirability of the lights that they be installed entirely at state expense 
if the railroad company refuses to cooperate. He estimated the cost of in- 
stalling the two lights at $300. -He also recommended approval of a third in- 
stallation at the intersection of Seventh and A Streets on the same basis, 
meking a total cost of $450. After discussion the Commission approved the 
installation of the three flood lights at state expense if the railroad com- 
pany will not assume a portion of the expense. 


The Secretary presented a resolution from the County Court of Clat- 
sop County requesting the designation, as a state secondary highway, of the 
route or location to be known as the Fishhawk Falls Secondary State Highway 
No. 103, connecting the Wolf Creek Highway with the Nehalem Secondary High- 
way and described as follows: beginning at a point on the Nehalem Secondary 
State Highway No. 102 near Fishhawk Falls and extending thence in a souther- 
ly direction to a connection with the Wolf Creek Highway et a point near Hun- 
bug Creek west of Ranger Station, ea distance of about six miles. The Com- 
mission considered the request is in conformity with previous understanding 
with the county court and thereupon approved the same. The following reso- 
lution with respect thereto was adopted by the Commission by unanimous vote: 


WHEREAS, under the provisions of Chapter 248, Laws of 1931; 
Chapter 196, Laws of 1935; and Chapter 529, Laws of 1939; the State 
Highway Commission, by mutual agreement with the respective county 
courts of the several counties of the State, is authorized and empow- 
ered to select, locate, and designate a system of secondary state 
highways, which highways shall be selected from the market roads or 
other county roads, or available locations or routes of the several 
counties; and 


10795 


secondary highway from Starkey to the United States forest boundary 
and to spend about $50,000 for additional improvement of the road, 
extending from the end of the improvement completed this year, or, 
if the Commission cannot see its way clear to do that, then to spend 
a like amount for the improvement at the Hillgard end. 


(3) Continue improvement of the Minam Hill Section of the 
Wallowa Lake Highway between Minam and Elgin. Mr. Reynolds asked 
that the work be extended westerly from the end of the present in- 
provement to Elgin and then on to La Grande. 


“ 
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(4) Improve the Enterprise-Flora Highway from Enterprise 
north. Mr. Reynolds urged the improvement of this section, alleg- 
ing that it is now in very bad condition and that it carries e large 
volume of traffic. The Engineer estimated that the necessary in- 
provement between Enterprise and Trout Creek, a distance of about 
seven miles, would cost about $100,000. 


(5) Widen the Wallowa Lake Highway between La Grande anu 
lsland City. Mr. Reynolds stated that the present road is only 18 
feet wide and is rough and dangerous to travel. He urged the widen- 
ing to 24-foot width. 


—— 


(6) Construction of a bridge over North Powder River at 
North Powder. 


Commissioner Oliver inquired as to which of the projects mentioned 
is of foremost importance from the county's standpoint. ir. Reynolds replied 
that the county's first choice would be the continuation of the improvement 
on the Wallowa Lake Highway westerly from Minam Hill to La Grande and they 
are in hopes that the Commission will spend about $50,000 there next year. 
Their second choice of projects, he said, is the improvement of the Old Ore- 
gon Trail between North Powder and Union. This concluded the presentation. 


ee 


The Commission discussed the proposed improvement of the Pacific 

Highway at the Plaza Corner in Ashland and decided that it would be proper 
to improve the present route rather than to reroute the highway so as to by- 
pass this town, as has been proposed, so as not to disrupt the present town 
facilities. The question whether or not to proceed with this improvement, in 
view of the high cost of right of way as compared with the cost of construct- 
/ ion, was also discussed. The Commission decided to defer its final decision 

. in the matter pending appraisals of all of the properties involved by apprais- 
ie ers not connected with the state highway department. The Commission indicated 

} that, if such appraisals compare favorably with those made by employees of the 
state highway department, it would approve the project. The Attorney was in- 
structed to have such appraisals made at once and report the results thereof 
at the December meeting of the Commission. 
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A delegation from Ashlend, heeded by Mr. F. D. Van Dyke, city attor- 
ney, and including Mayor T. S. Wiley and wr. E. R. Green, came before the Com- 
mission in regard to the Plaza Corner improvement in Ashland. Chairman 
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A letter was presented from the Parkrose Chamber of Commerce re- 
questing that the name "Parkrose" be printed on state highway maps hereafter 
published, The Commission denied the request insofar as it pertains to the 
face of the map; however, authorized the Engineer to place the name of "Park- 
rose" on the large-scale map of Portland and vicinity which appears on the 
back of the state map, 


The Engineer reported results of investigations as to the width of 
right of way of the Columbia River Highway (Sandy Boulevard) from Parkrose to 
Troutdale. It appears that the present right of way through the community of 
Parkrose is 80 feet wide but narrows down to 50 feet at the Powell Cemetery, 
about 200 feet east of 122nd Avenue. The Engineer suggested the acquistion 
of a 100-foot right of way throughout, in view of the aluminum plant that is 
to be established at Troutdale, which undoubtedly will increase the volume of 
traffic along this section, and will necessitate the widening of the highway 
for four lanes of traffic. The Commission concurred in the Engineer's view- 
point, and thereupon authorized him to make a location survey and prepare de- 
scriptions for right of way of such width. The Attorney was authorized and 
instructed to proceed with the securing of options for such right of way, com- 
mencing with that nseded from the cemetery association, which involves the 
taking of trees, shrubs, et cetera, as well as land. 


The Engineer discussed with the Commission bids received at this 
letting for the construction of the Eugene-Judkins Point Section of the Pacif- 
ic Highway, in Lane County. He advised that the low bid submitted was that of 
Strong & MacDonald, Inc., in the amount of $205,515.50, which amount is about 
$600 in excess of the Engineer's estimate, plus 10 per cent. The present 
policy of the Commission, he said, is to reject the low bid if it is more than 
10 per cent in excess of the Engineer's estimate. He suggested three alter- 
nate methods of disposing of the bids, viz., reject all of them in strict con- 
formance with the Commission's policy; negotiate with the contractor to secure 
a reduction of $600, which would bring his estimate within the ten per cent 
limit; or award the contract to the low bidder notwithstanding the excessive 
amount. After discussion the Commission decided to award the contract to the 
low bidder on the basis of the bid submitted, nowithstanding the slight devi- 
ation from the established policy. 


The Engineer brought up for discussion the proposed extension of 
the Andrew Stambuck contract for operation of the state-owned ferry across 
Coos River on the Coos River Secondary Highway, at a place known as Enegren 
Ferry. He recalled that the Commission took bids for such ferry operations 
on September 4, 1941, on the basis of providing 20-hour service each day, and 
for a maximum loading of 15 tons, and that Mr. Stambuck submitted the only 
bid, which provided for the payment of $1,369.60 monthly. He also recalled 
that the Commission rejected the bid and ordered negotiations with Mr. Stan- 
buck to determine whether or not he would reduce the amount thereof. Such 
negotiations, he said, have been conducted and lir. Stambuck has agreed to re- 
duce his charge to $1,050 per month for the same service which is approxi- 
mately $3,000 more per year than he is now receiving under his present con- 
tract, wherein he provides service for 20 hours daily for maximum loads of 
10 tons. He questioned the justification of changing the present contract 
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WHEREAS, the State Highway Commission, by mutual agreement with 
the Clatsop County Court of the State of Oregon, has selected the road or 
highway hereinafter named, and it is the purpose of the Commission to off- 
icially and regularly designate and adopt seid highway as a highway to 
constitute, together with other highways heretofore adopted and/or which 
may hereafter from time to time be added, the system of secondary state 
highways under the provisions of said acts; 


NOW, THEREFORE, BE 1T AND IT HEREBY 15 RESOLVED by the 
State Highway Commission, all members being present and affirmative- 
ly voting and participating, eas follows: 


1. That the following described market road, county road, 
highway, route, or location of a highway in Clatsop County be and the 
said market road, county road, highway, location, or route, hereby 
is selected, designated, established, adopted and approved as a sec- 
ondary state highway and shall be and hereby is designated as a part 
of the secondary state highway system, to wit: 


Fishhawk Falls Secondary State Highway No. 103: 


Beginning et < point on the Nehalem Secondary 
State Highway No 102 near Fishhawk Falls; thence 8 
in a southerly direction to the Wolf Creek Highway 
west of Ranger Station and near Humbug Creek; a 
distance of approximately 6.0 miles. 


2. That the said highway shall be and hereby is qualified 
for improvement under the provisions of said Chapter 248, Oregon Laws 
of 1931; Chapter 196, Vregon Laws of 1935; and Chapter 529, Oregon 
Laws of 1939; and amendments thereof. 


The Commission confirmed action taken at its meeting on October 16, 
1941, for the disposal of the state's claim against Lincoln County for advanc- 
ing the county's share of the cost of constructing the Eddyville-Toledo Sec- 
tion of the Corvellis-Newport Highway, and thereupon signed an agreement with 
the county court with respect thereto. (See agreement for details.) 


The Commission discussed briefly the matter of improving South 
Sixth Street, Klamath Falls. 1t was dectded to give this matter special con- 
Sideration at the January meeting of the Commission. 


The Engineer submitted primary and secondary highway maintenance 
budgets for 1942 performance, containing the following amounts: total gener- 
al meintenance primary highways $3,000,000; total primary minor betterments 
#220,000; total general maintenance secondary highways $850,000; total minor 
betterments on secondary highwsys $100,000; maintenance and betterment of 
park roads, perking areas, and minor parks $25,035. After discussion the 
Commission approved such budgets by unanimous vote. (See budget details at- § 
tached to letter dated November 14, 1941, from J. N. Bishop, Maintenance Eng- 
ineer, to R. H. Baldock, Chief Engineer.) 
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to pay for the cement and asked the Commission to reimburse them for the ex- 
cess payment, amounting to a total of $336.80. The matter was discussed at 
some length, but a decision was deferred by the Commission until later in the 
session. (See ahead for final action of the Comuission.) 


The Engineer brought up for discussion the bids received by the 
State Board of Control for the furnishing of three paving plants for use of 
the state highway department. He said that only two bids were received, one 
being that of the Dallas Machine & Locomotive Works, of Dalias, Oregon, in 
the amount of $12,500 each, and the other being that of the Cramer Machinery 
Company, Portland, representatives of the liadsen Iron Works, in the amount 
of $11,500 each. One of the provisions of the specifications, he said, re- 
quired the submission of detailed drawings with the bid, which drawings were 
furnished by the Dallas Machine & Locomotive Works but were not furnished by 
the other bidder, although in other respects both bids were in conformity with 
the specifications. He pointed out that it has been the policy of the Commis- 
sion for a long time to recommend to the Board of Control acceptance of the 
low bid that meets the specifications in every respect and, in view thereof, 
he questioned the advisability of considering the bid of the Cramer Machinery 
Company. This matter was discussed at considerable length, during which the 
following alternative methods in disposing of the matter were suggested: (1) 
accept the offer of the Cramer Machinery Company, the low bidder, notwith- 
standing that the bid is not in strict conformance with the specifications; 
(2) accept the offer of the Dallas Machine & Locomotive Works, which is the 
lew bid submitted that meets the specifications in all respects; (3) reject 
both bids and readvertise for new ones. 


Mr. C. P. Cramer and his Attorney, Mr. Irving Rand, Portland, were 
present in regard to this matter. Mr. Rand was spokesman. He alleged that 
the Cramer Machinery Company had only ten-days' notice of the taking of bids, 
which did not give them time to prepare the required drawings; however, the 
drawings were submitted later. He suggested that the Commission either rec- 
omnend the acceptance of the offer of the Cramer Machinery Company or call 
for new bids. He also said that in the event new bids are called for, Cramer 
Machinery Company will not submit a bid that is any higher than the present 
one. 


Mr. John Waters, representing the Dallas Machine & Locomotive Works, 
was also present. He suggested the disqualification of the bid of the Cramer 
Machinery Company, because it did not fully comply with the specifications; 
alse, that his company be given this business. He pointed out that the Dallas 
Machine & Locomotive Works builds the equipment in its plant at Dallas, Oregon, 
and is in a much better position to service the equipment than the other bid- 
der; furthermore, it can provide such service in the best possible manner. 


The matter was discussed at considerable length, but the Commission 
deferred a final decision until later in the session. (See ahead for final 
action.) 


Mr. Phil Parrish, Chairman of the Old Oregon Trail Centennial Advis- 
ory Commission, was present and rendered a report on the activities of his 
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in view of the fact that only one complaint has been received about the serv- 
ice that is now being rendered. After discussion the Commission decided not 
to change the conditions of the present contract. The Engineer was instructed 
to arrange for an extension of the present contract for a two-year period as 
provided therein, or until 6:00 a. m. on October 1, 1943. 


The Commission adjourned at 12:00 noon and reconvened at 2:00 p. m. 
in the same room with all Commissioners, the State Highway Engineer, the At- 
torney, and the Secretary present. 


ur. W. H. Lichty, Jr., Eugene, dealer in long piling, was present 
and requested the privilege of truck-hauling piling 85 feet long over the 
Alsea-Deadwood Secondary Highway and the Siuslaw Highway from a place known 
as Paris to Swisshome, in Lane County. Mr. Lichty advised that he has rush 
orders from the government for a considerable amount of piling to be used in 
defense operations and, anticipating no difficulty in securing a permit to 
haul these piling over the highways mentioned above, arranged for the falling 
of 400 pieces in the Alsea-Deadwood district; however, his application for a 
permit for such privilege has been denied, the reason given being that they 
could not be moved over these highways without taking up more than half the 
roadway and endangering other traffic, He urged the Commission to permit him 
to take out the piling already cut, there being about 400 pieces, which he 
estimated would take about 30 days. He agreed to furnish flagmen and abide 
by all the rules and regulations which the Commission might promulgate to 
cover the movements. 


After discussion the Commission authorized the granting of a 30-day 
permit to move the piling already cut, under the condition that Mr. Lichty will 
furnish flagmen to accompany each load, one flagman to proceed in advance of 
the load and the other to follow in the rear as protection to other traffic. 
Mr. Lichty is also to maintain two flagmen where the loads enter the Siuslaw 
Highway and where they leave the Siuslaw Highway at Swisshome, such flagmen to 
be stationed a sufficient distance at each side of these intersections to 
properly and effectively warn approaching traffic of the movement. The au- 
thority hereby granted by the Commission is an emergency expedient and is not 
to be considered as a precedent in the issuance of future permits of similar 
nature. The Engineer was instructed to arrange for another test run of piling 
over the route used by Mr. Lichty in connection with this hauling, the results 
thereof to be used as a guide in the issuance of future permits in this local- 
ity. 


Messrs. Zidell and I. Pelz, representing the firm of Zidell-Stein- 
berg Company, Portland, to whom the Commission, on October 16, 1941, sold the 
rails salvaged from the Front Avenue Project, Portland, came before the Commis- 
sion in regard to their request for reimbursement for cement that they paid 
for in connection with this purchase. They alleged that the rails were cov- 
ered with a considerable quantity of cement which was removed in their plant, 
where it was weighed, revealing that the net weight of the steel was 119.43 
tons, rather than 148.315 tons, and that they actually paid the state for 
23,885 tons of cement. It was their thought that they should not be required 


and the second-low being that of Colonial Construction Company, 
Spokane, Washington, in the amount of $208,738.00. The Commis- 
sion refers all bids received to the Engineer with power to award 
the contract to the low bidder, Strong & Macdonald, Inc., when 
certain conditions have been fulfilled. 


"Corbett Section of the Columbia River Highway, in Multnomah 
County. 0.57 mile of rock toe embanknent. Sixteen bids were re- 
ceived for this project, tae low one being submitted by Colonial 
Construction Company, Spokane, Washington, in the amount of 
$87,340.00, and the second-low being submitted by White's Trucking 
Company, Walla Walla, Washington, in tle amount of 95,224.00. The 
Commission awards this contract to the Colonial Construction Company 
at its low bid of $87,340.00. 


"Front Avenue (Ankeny Street-Washington Street) Section of the 
Pacific Highway West, in :fultnomah County. 0.24 mile grading and 
paving. Edlefsen-Weygandt Company, Portland, were the low bidders 
on this project with a bid of $181,871.50. Porter W. Yett, Port- 
land, was the second-low bidder with a bid of $188,118.50. There 
was one higher bid. The Commission awards this contract to the low 
bidder, Edlefsen-Weygandt Company, at its low bid of $181,871.50. 


"Willamina Rock Production Project on state highways near Wil- 
lamina, in Polk, Tillamook and Yamhill Counties. Requires approxi- 
mately 7,900 cu. yds. crushed rock or crushed gravel in stock piles. 
Three bids were received for this project, the low one being that 
of Independence Sand & Gravel Company, Independence, in the amount 
of $18,170.00 and the second-low being that of 0. C. Yocom, Willa- 
mina, in the amount of $18,407.00. The Commission awards the con- 
tract to the low bidder, Independence Sand & Gravel Company, at its 
bid of $18,170.00. 


"YcMinnville Rock Production Project on state highways near 
McMinnville, in Polk and Yamhill Counties. Requires approximately 
6,500 cu. yds. crushed rock or crushed gravel in stock piles, In- 
dependence Sand & Gravel Company, Independence, submitted the low 
bid in the amount of $12,350.00, and A. H. Saxton & Son, Corvallis, 
submitted the only other bid received in the amount of $13,864.00. 
The Commission awards the contract to the Independence Sand @ Gravel 
Company, the low bidder, at its bid of $12,350.00. 


"Tigard Section of the Pacific Highway West, in Washington 
County. 1.58 miles roadside improvement. Only two bids were re- 
ceived for this project, the low one being that of Blair T. Alder- 
man, Eugene, in the amount of $4,342.00, and the other bid being 
that of Leonard & Slate, Multnomah, in the amount of $6,220.00, 
The Vommission awards the contract to Blair T, Alderman at his low 
bid of $4,342.00." 
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committee. He advised that considerable progress is being made, and there 
appears to be a lot of enthusiasm among the various cities and towns that are 
concerned, many of which are now seriously considering plans for the enter- 
tainment of visitors, but are waiting to ascertain just what kind of a pro- 
gram the City of Portland is going to provide before taking definite action. 
The Portland committee, he said, is also working conscientiously on the pro j- 
ect, but has not as yet arrived at anything definite, because there are so 
many things involved. 


He also advised that the work of the Advisory Commission is now such 
that it needs the services of a part-time man to act as a coordinator. He 
asked the Comission to approve employment of someone on half-time basis, it 
being understood that it may be necessary to put this man on full-time basis 
later on and that he would work directly under Mr. Ben Titus, Acting Director 
of the Mighway Department's Travel & Information Department. The Commission, 
after discussion, approved employment of such coordinator on half-time basis 
provided that it is in conformity and meets with the ideas of Nr. Titus. The 
Commission agreed to give Mr. Parrish a definite answer after consulting Mr. 
Titus. 


Chairman Cabell retired from the meeting at this time and returned 
later. 


At. 3:00 p. m. Commissioner Clough announced the following awards 
of contracts, bids for which were taken at the morning session, such awards 
having previously been approved by the Commission by unanimous vote: 


"Grants Creek-Powers Section of the Powers Secondary Highway, 
in Coos County. 10.42 miles surfacing and oiling, also furnish 
4,100 cu. yds. crushed gravel in stock piles. Coos Bay Dredging Com- 
pany, Warshfield, submitted the low bid in the amount of $49,246.50. 
Babler Bros., Portland, submitted the second-low bid in the amount 
of $54,812.00. There were two higher bidders. The Commission re- 
fers all bids to the Engineer with power to award the contract to 
the low bidder, Coos Bay Dredging Company, when certain conditions 
have been fulfilled. 


"Drews Valley Rock Production Project on the Klamath Falls- 
Lakeview Highway, in Lake County. Requires approximately 7,100 
cu. yds. crushed rock in stock piles. The low bid for this project 
was submitted by Rogers Construction Company, Dayton, Washington, 
in the amount of $13,842.00. The only other bid received was that 
of True |fix Concrete Company, Medford, in the amount of $17,300.00. 
The Comission awards the contract to Rogers Construction Company, 
the low bidder, at its bid of 913,842.00. 


"Bugene-Judkins Point Section of tne Pacific Highway, in Lane 
County. 1.87 miles railroad roadbed construction. Three bids were 
received for this project, the low one being that submitted by Strong 
& Macdonald, Inc., Tacoma, Washington, in the amount of $205,515.50, 
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that could not very well be done at the present time because of the logging 
operations. He estimated that it would cost about $13,400 to construct an y, 
overpass of concrete and about $4,500 to build it of untreated timber. The 
Commission approved the project on the basis of using untreated timber. 


The Attorney brought up for consideration matters pertaining to 
the "Moorman" defaication. He presented a resolution relative thereto for 
adoption by the Commission. The matter was discussed briefly but action 
thereon was deferred until the next meeting of the Commission. 


The Commission had under discussion a letter from the Honorable 
Earl Snell, Secretary of State, suggesting that the Commission authorize the 
use of state scales for weighing motor trucks, truck tractors, et cetera, in 
connection with the initial registration of such vehicles. Mr. Snell point- 
ed out that the law requires the applicant for such registration to furnish 
the Secretary of State a certificate of weight of the vehicle being register- - 
ed, which information is used in computing the fee to be paid by the appli- 
cant, and he advised that in some localities there are no private scales a- 
vailable to the applicant who is required to travel a great distance to reach 
an approved, privately-owned scale, whereas, if the Commission would author- 
ize the use of the state scales in such localities, it would alleviate this | 
hardship and inconvenience. The Engineer recalled that the Commission passed | 
on a similar request at its meeting on March 24, 1941, at which time the use 
of the state scales for such purpose was denied. After discussion the Com- 
mission approved the use of the state scales in the weighing of private equip- , 
ment for initial registration with the Secretary of State, provided the equip- 
ment has to be driven more than 15 miles to a privately-owned commercial scale. | 
lt was understood, however, that neither the state's weighmasters nor the off- 
icers of the state police department need make special trips to the scales to ; 
weigh the privately-owned vehicle but they can do such weighing if they are at 
the scale at the time the request is made. The Engineer was instructed to 
convey such information to Mr. Snell and to the department of state police 
for their information. 


The Commission had under discussion a report from the Engineer on 
the matter of removing the Alsea-Deadwood Secondary State Highway, in Lane 
County, from the state highway system, and designating in lieu thereof certain 
county roads that may be approved by the county court. He advised that Lane 
County Court has been contacted by Mr. Oscar Cutler, Assistant Office Engineer, 
relative to such exchange of roads but it appears that the county court is not 
yet ready to make a decision as to any of the county roads that meet the 
state's requirements although the county is now improving two roads of approx- 
imately equal length with the Alsea-Deadwood Secondary Highway and it is pos- 
sible that within the next year or two these roads will be in satisfactory con- 
dition as to right of way, et cetera, to cnable the change to be made. The 
Commission approved the report and ordered it filed. 


The Engineer also reported on the exchange of the Clackamas-Boring 
y County Road for a section of the Woodburn-Sandy Secondary Highway, in Clacka- 
mas County. He advised that this matter was discussed with the county court 

which was not particularly interested in such an exchange because the county 
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Mr. A. R. Meyers, Stayton, was present and asked the Commission to 
revise the alignment of the North Santiam Highway through the town of Stayton 
so as to eliminate several right angle turns and to facilitate log-hauling 
operations. He suggested the following change: beginning at the easterly 
city limits of Stayton, extending thence in a northwesterly direction a dis- 
tance of about 1.6 miles to a connection with an oiled county road which runs 
in a northerly direction and connects with the present highway at a point 14 
miles west of the town of Sublimity. The Engineer advised that this would be 
a good change, but it is quite costly and the bomaission does not have funds 
available at the present time to finance it. He suggested, as an alternate 
proposition, a short revision in the town of Stayton, beginning at the east- 
erly boundary of the towm and connecting with the present highway in the city 
limits, thence following the present highway to and through Sublimity and 
westerly to Aumsville with a slight improvement at the two right-angle turns 
in the present highway about 13 miles west of Sublimity. 


Commissioner Clough advised that the Commission is not in position 
at this time to make a decision with respect to the major change requested by 
Mr. Meyers; however, there are possibilities in the revision suggested by the 
Engineer and he would be inclined to favor investigation of such possibilities, 
Commissioner Oliver concurred. The Engineer was thereupon authorized to in- 
vestigate the changes suggested by himself and report the cost to do the work 
involved, the idea being that the Commission might authorize the project as 
one in its program of improvement of city streets not now on state highway 
routes if it is not too costly. It was understood that the application for 
the improvement should come from the Marion County Court as well as from the 
City of Stayton. 


Mr. Meyers also requested state aid in improving the county road 
which extends up the Little North Fork of the North Santiam River froin Mehama. 
He was informed by Commissioner Clough that it is contrary to the policy of 
the Commission to spend state funds for the improvement of county roads, so 
it is necessary to deny the request. Commissioner Oliver concurred; however, 
suggested that, inasmuch as the road is not within the jurisdiction of the 
Highway Commission, Mr. Meyers present his request to the Marion County Court. 


Messrs. Don Peoples, Secretary, Bend Chamber of Commerce, and Myrl 
Hoover, representing Mt. Hood Stages, were present and inquired as to the 
plans of the Commission for the further improvement of the Warm Springs High- 
way. They were informed that this project is in the Commission's program for 
construction when funds are available to finance it, but there is a question 
as to the government funds at the present time, both as to the amount that 
will be available and when it will be available, so the Commission is not in 
position to make any definite statement at this time. 


The Engineer reported on the necessity and cost to build a structure 
to carry a county road over the Wolf Creek Highway near a place known as Da- 
vies, in Washington County, as instructed by the Commission at a previous meet- 
ing. He said that the county road is now carrying considerable traffic, con- 
sisting principally of logging trucks, am while it is possible to reroute 
traffic at some future time without causing local people too much inconvenience, 
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The Commission had under discussion a form of resolution to be used 
in connection with the establishment of speed zones on state highways. The 
Engineer presented a form of resolution, as follows » Which the Commission, by 
unanimous vote, adopted as the standard form to be used hereafter in the es- 
tablishment of such speed zones: 


WHEREAS, the Highway Commission, pursuant to the provi- 
sions of Section 115-320, 0.C.L.A., as amended by Chapter 458, 
Oregon Laws, 1941, has caused an engineering and traffic investi- 
gation to be made with respect to certain state highways and/or 
certain sections of state highways more particularly and completely 
described and set forth hereinafter; and 


WHEREAS, the data, facts and information obtained in 
connection with said investigation are all on file in the office 
of the State Highway Commission at Salem, Oregon; and 


WHEREAS, based upon gaid engineering and traffic investi- 
gation the Commission has determined that the fixed and designated 
speeds prescribed by the provisions of subsection (b) of said Sec- 
tion 115-320, 0.C.L.A., as amended, are in certain specified in- 
stances greater than is reasonable and safe, and in other specified 
instances are less than is reasonable under the conditions found to 
exist on or with respect to the state highways or sections of state 
highways hereinafter set forth and more particularly described and 
defined hereinafter, and the State Highway Commission has therefore 
determined to designate a different speed thereupon than the speed 
fixed in said statute, which said different speed or speeds shall be 
as specifically set forth hereinafter. 


NOW, THEREFORE, based upon said engineering and traffic 
investigation and upon the finding and determination made by the 
Commission with respect thereto, the Commission does hereby deter- 
mine and does hereby order that within the meaning and purpose of 
said Section 115-320, 0.C.L.A., as amended, the speed at which a 
vehicle may be driven upon said state highway and/or upon said sec- 
tions of said state highway shall not exceed the rate of speed set 
forth immediately following. 


Name of Highway: 
Highway No. 
Route No. 


<ecetGolciptaamilaitgt nena digigipenistanaetbpeinnhcipeifcscahieren mip anions ontbiitineiniimicsdn'snnsa 

Location of Termini , Established Speed 
ee 
_ From Mile Point to Mile Point ; 


: 3 
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road between Clackamas and the Mt. Hood Highway is in good condition and main- 
tenance costs are light; however, the court agreed to the removal of a section 
of the Woodburn-Sandy Secondary Highway, from Estacada to the town of Sandy, 
from the state secondary highway system if the Commission would designate as 

a state secondary highway, in lieu thereof, the county road east of Molalla 
and extending up the Molalla River to North Fork, a distance of 7.6 miles. 

He estimated that it would cost $258,000 to reconstruct the Molalla-North Fork 
Road to modern standards and that necessary repairs that are needed at once 
would cost about $54,000. The Commission decided not to make the change at 
the present time. 


The matter of employing a safety engineer in connection with state 
highway work had the attention of the Commission, Action on this matter was 
deferred to give the Engineer an opportunity to render a full report on the 
subject. 


The Commission had under discussion an application from the Port- 
land Traction Company for permission to operate trolley busses on certain 
state highway routes in the city of Portland. The Attorney presented a form 
of permit covering the matter and advised that it was prepared in conformity 
with authority granted the Commission under provisions of Chapter 329, Oregon 
Laws 1941. The Commission discussed and approved the provisions of the per- 
mit and thereupon signed the permit. 


The Engineer requested instructions relative to the payment of the 
claim of Harry Harkness whose automobile was damaged in an accident that oc- 
curred on the Interstate Bridge. It appears that Mr. Harkness had stopped 
his car near the traffic barrier on the Washington side of the bridge » the 
barrier being up at the time, and that the gate tender inadvertently pressed 
the wrong control button which lowered the barrier, causing damage to Mr. 
Harkness's car, The Engineer gave as his thought that the state is liable, 
and recommended payment of the claim. The Commission approved the recommenda- 
tion. 


The Engineer requested authority to purchase two portable fire pumps 
for use by the state parks department. He estimated the cost of each at $350, 
or a total of $700, The Commission approved the purchase through the State 
Board of Control. 
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The Engineer requested instructions relative to furnishing maps of 
hignway locations to individuals requesting the same. He particularly referred 
to such a request from a Mr. S. F. Walsh, Portland, for a map showing certain 
sections of the Oregon Coast Highway, in Lincoln County. He advised that in 
this particular instance the alignment along the sections requested is not 
definitely determined, and there is a question whether or not we should give 
Mr. Walsh any map, because it might confuse him and cause the Commission em- 
barrassment. The Commission decided, as a matter of policy, not to furnish 
maps of highway alignment unless the highway location has been permanently 
adopted. 


Mr. Cabell returned to the meeting at this juncture. 


NOW, THEREFORE, based upon said engineering and traffic 
investigation and upon the finding and determination made by the 
Commission with respect thereto, the vommission does hereby deter- 
inine and does hereby order that-within the meaning and purpose of 
said Section 115-320, 0.C.L.A., as amended, the speed at which a 
vehicle may be driven upon said state highway and/or upon said sec- 
tions of said state highway shall not exceed the rate of speed set 
forth immediately following. 


Name of Highway: Pacific Highway West 
Highway No. lw 


Route No. U. S,. 99OW 


location of Termini ‘Established Speed 


From Mile Point : to Mile Point : 
9.477 : 9.875 : 35 mi. per hr. 
(station 55+00) : (Station 76+00);: 
10.170 310.780 : 35 mi. per hr. 
(Station 91+60) :(station 123+80): 


7 
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BE IT FURTHER ORDERED that the State Highway Engineer be 
and he hereby is ordered and directed to erect at appropriate places 
in sufficient number adequate signs giving notice of the particular 
applicable speed on said state highway. 


BE IT FURTHER ORDERED that any previous order heretofore 
made by the Commission with respect to speed or speeds applicahle 
to any of the highways or sections of highways specified therein 
which is in conflict with the provisions of this order hereby is 
vacated and annulled. 


WHEREAS, the Highway Commission, pursuant to the provi- 
sions of Section 115-320, 0.C.L.A., as amended by Chapter 458, 
Oregon Laws, 1941, has caused an engineering and traffic investi- 
gation to be made with respect to certain state highways and/or 
certain sections of state highways more particularly and completely 
described and set forth hereinafter; and 


WHEREAS, the data, facts and information obtained in con- 


nection with said investigation are all on file in the office of the 
State Highway Commission at Salem, Oregon; and 
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BE IT FURTHER ORDERED that the State Highway Engineer be 
and he hereby is ordered and directed to erect at appropriate places 
in sufficient number adequate signs giving notice of the particular 
applicable speed on said state highway. 


BE IT FURTHER ORDERED that any previous order heretofore 
made by the Commission with respect to speed or speeds applicable to 
any of the highways or sections of highways specified herein which 
is in conflict with the provisions of this order hereby is vacated 
and annulled. 


The Commission thereupon considered the establishment of speed Zones 
along the following highways: 


Two sections of the Pacific Highway West between milepost 9.477 
and milepost 10.780, 


Eight sections of the Oregon Coast Highway between milepost 24.0 
and milepost 44.0. 


A short section of the Wolf Creek Highway between milepost 46.63 
and milepost 47.29. 


After careful consideration the Commission by unanimous vote adopted the fol- 
lowing resolutions with respect thereto: 


WHEREAS, 2 Highway Commission, pursuant to the provi- 
sions of Section 115-320, 0.C.L.A., as amended by Chapter 458, 
Oregon Laws, 1941, has caused an engineering and traffic investiga- 
tion t- be madd with respect to certain state highways and/or cer- 
tain sevvions of state highways more particularly and complete de- 
scribed and set forth hereinafter; and 


WHEREAS, the data, facts and information obtained in con- 
nection with said investigation are all on file in the office of the 
State Highway Commission at Salem, Oregon; and 


WHEREAS, based upon said engineering and traffic investiga- 
tion the Commission has determined that the fixed and designated 
speeds prescribed by the provisions of subsection (b) of said Sec- 
tion 115-320, 0.C.L.A., as amended, are in certain specified instanc- 
48 greater than is reasonable anc safe and in other specified in- 
stances are less than is reasonable under the conditions found to 
exist on or with respect to the state Highways or sections of state 
highways hereinafter set forth and more particularly described and 
defined hereinafter, and the State Highway Commission has therefore 
determined to designate a different speed thereupon than the speed 
fixed in said statute, which said different speed or speeds shall be 
as specifically set forth hereinafter. 
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to any of the highways or sections of highways specified herein 
which is in conflict with the provisions of this order hereby is 
vacated and annulled, 


WHEREAS, the Highway Commission, pursuant to the provi- 
sions of Section 115-320, 0.C.L.A., as amended by Chapter 458, 
Oregon Laws, 1941, has caused an engineering and traffic investi- 
gation to be made with respect to certain state highways and/or 
certain sections of state highways more particularly and complete- 
ly described and set forth hereinafter; and 


WHEREAS, the data, facts and information obtained in 
connection with said investigation are all on file in the office 
of the State Highway Commission at Salem, Oregon; and 


WHEREAS, based upon said engineering and traffic investi- 
gation the Commission has determined that the fixed and designated 
speeds prescribed by the provisions of subsection (b) of said Sec- 
tion 115-320, 0.C.L.A., as amended, are in certain specified in- 
stances greater than is reasonable and safe and in other specified 
instances are less than is reasonable under the conditions found to 
exist on or with respect to the state highways or sections of state 
highways hereinafter set forth and more particularly described and 
defined hereinafter, and the State Highway Commission has therefore 
determined to designate a different speed thereupon than the speed 
fixed in said statute, which said different speed or speeds shall 
be as specifically set forth hereinafter, 


NOW, THEREFORE, based upon said engineering and traffic 
investigation and upon the finding and determination made by the 
Commission with respect thereto, the Commission does hereby deter- 
mine and does hereby order that within the meaning and purpose of 
said Section 115-320, 0.C.L.A., as amended, the speed at which a 
vehicle may be driven upon said state highway and/or upon said sec- 
tions of said state highway shall not exceed the rate of speed set 
forth immediately following. 


Name of Highway: Wolf Creek 
Highway No. 47 
Route No. Oregon 2 


Location of Termini * Established Speed 
Se, ee eee 
From Mile Point : to Mile Point : 
: : 
46.63 t 47.29 : 35 miles per hour 


- 
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WHEREAS, based upon said engineering and traffic investi- 
gation the Commission has determined that the fixed and designated 
speeds prescribed by the provisions of subsection (b) of said Sec- 
tion 115-320, 0.C.L.A., as amended, are in certain specified in- 
stances greater than is reasonable and safe and in other specified 
instances are less than is reasonable under the conditions found to 
exist on or with respect to the state highways or sections of state 
highways hereinafter set forth and more particularly described and 
defined hereinafter, and the State Highway Commission has therefore 
determined to designate a different speed thereupon than the speed 
fixed in said statute, which said different speed or speeds shall be 
as specifically set forth hereinafter. 


NOW, THEREFORE, based upon said engineering and traffic 
investigation and upon the finding and determination made by the 
Commission with respect thereto, the Commission does hereby deter- 
mine and does hereby order that within the meaning and purpose of 
said Section 115-320, 0.C.L.A., as amended, the spsed at which a 
vehicle may be driven upon said state highway and/or upon said sec- 
tions of said state highway shall not exceed the rate of speed set 
forth immediately following. 


Name of Highway: Oregon Coast Highway 
Highway No. 9 


Route No. U. S. 101 


Location of Termini * Established Speed 


From Mile Point : to Mile Point 
. 40 mi. per hour 
" 


i " 


t 
" 
" 


" 
n" 
un 


BE IT FURTHER ORDERED that the State Highway Engineer be 
and he hereby is ordered and directed to erect at appropriate places 
in sufficient number adequate signs giving notice of the particular 
applicable speed on said state highway. 


BE IT FURTHER ORDERED that any previous order heretofore 
made by the Commission with respect to speed or speeds applicable 
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A communication was presented from ifr. Theodore R. Conn, Lakeview, 
requesting in behalf of the Lakeview city council the oiling of the unoiled 
strips along each side of Western Avenue, route of the Klamath Falls-Lakeview 
Highway, from the present oiled section to the end of the section along which 
sidwalks have recently been constructed by the city. The Commission referred 
this matter to the Engineer for investigation and report at its next meeting. 


The Commission discussed a letter from Mr. Frank Hull, Manager, 
Jackson County Chamber of Commerce, Medford, renewing his request for certain 
improvements to the Crater Lake Highway at three or four points between Trail 
Junction and McLeod where, it is alleged, a dangerous condition obtains be- 
cause of the narrowness of the highway and shortness of sight distance along 
the highway. The Engineer recalled that the Commission some time ago author- 
ized an expenditure of $30,000 for the improvement of this section, but later 
deleted the item from the program but authorized certain improvements, such 
as pavement patching, which were done by maintenance forces at a cost of some 
$60,000, The widening work and the cutting off of the points, he said, was 
not done because it was contemplated doing considerable widening and general 
improvement on the highway to accommodate the proposed army cantonment at 
Medford and the Commission did not care to take a chanee on losing the invest- 
ment. After discussion the Commission instructed the Engineer to work up the 
project in detail and present it to the Commission for discussion again at its 
next meeting. 


The Commission discussed a request from the City of Baker for the 
installation of traffic lights at the following places: one light at the 
intersection of 10th Street and Broadway; one at the intersection of Main and 
Campbell Streets; and one at the intersection of Auburn, Main, Dewey and 
Bridge Streets, The Engineer advised that this matter was investigated some 
time ago by Traffic Engineer John Beakey, who recommended that the request be 
denied and who suggested the following: (1) that the manner of stopping 
traffic at the three intersections be changed so as to require three-way stops 
at each, but permitting right turns at all of them for certain movements; and 
(2) adoption of an ordinance requiring the parallel parking of cars along 
state highway routes. After discussion the Commission approved the sugges~ 
tions and ordered that the city council be informed that, if the city will 
make the changes suggested by Mr. Beakey and will give them a fair trial, the 
Commission will reconsider the matter of installing traffic signals if the 
other arrangement does not prove satisfactory. 


The Secretary presented communications from the Lincoln County 
Court, Miss Annie Brownlie, Depoe Bay, and Mr. L, V. Mix, Depoe Bay, request- 
ing the construction of additional street approaches to the highway at Depoe 
Bay. ‘The Engineer advised that during the preparation of the plans for the 
Depoe Bay project considerable study was made of the layout of comnecting 
streets, so as to provide adequate approaches to the highway without introduc- 
ing undue hazards to highway traffic, and, in his estimation, the approaches 
that were constructed are adequate for the needs of this community. The open- 
i ing up of other street approaches, he said, would increase the traffic hazard 
and undoubtedly would result in accidents. It was his thought that the re- 
quest should be denied. The Commission appeared favorably inclined to accept 
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BE IT FURTHER ORDERED that the State Highway Engineer be 
and he hereby is ordered and directed to erect at appropriate places 
in sufficient number adequate signs giving notice of the particular 
applicable speed on said state highway. 


BE IT FURTHER ORDERED that any previous order heretofore 
made by the Commission with respect to speed or speeds applicable 
to any of the highways or sections of highways specified herein 
which is in conflict with the provisions of this order hereby is 
vacated and annulled, 


Cormissioner Oliver brought up for discussion the matter of securing 
legislation requiring truck owners to attach splash guards to their trucks so 
as to prevent mud, water, et cetera, being thrown onto cars approaching from 
the rear. It was his thought that such legislation and the enforcement there- 
of would provide for greater safety of travel on the highway. The suggestion 
was approved by the Commission, and the Attorney was instructed to prepare a 
form of bill covering the matter for presentation to the next legislative as- 
sembly. 


Tne Engineer requested authority to make location surveys, as fol- 
lows: 


Complete surveys of the new Columbia River Highway between 
Troutdale and The Dalles. 


Complete surveys for reconstruction of the Pacific Highway 
between Roseburg and Grants Pass. 


Complete the survey of the Wilson River Highway between 
Washburn and North Plains. 


He advised that these surveys will run into a considerable sum of money, but 
gave as his thought that the expenditure is justified at the present time so 
that projects can be prepared for contracting on short notice if the war situ- 
ation should change, requiring quick action on the matter of road building. 
Furthermore, these projects will be needed to take up the slack in employment 
as soon as the war is over. After discussion the Commission approved the re- 
quest by unanimous vote. 


The question arose as to what facilities the state highway depart- 
ment has to properly preserve the records of the surveys in the event that 
the accumulated data is not used for two or three years, it being the thought 
of the Commission that precautions should be taken to safeguard them from loss 
by fire, et cetera, inasmuch as the investment in the surveys will be a con- 
siderable sum. The Engineer was instructed by the Commission to investigate 
the matter of preserving the records and report his findings at the next Com- 
mission meeting. 
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A letter was presented from the Weston Chamber of Commerce inviting 
the members of the Commission to be its guests at a "Get-Together Turkey Ban- 
quet" on Wednesday evening, November 26, 1941. The Secretary was instructed 
to acknowledge the invitation with thanks and express regrets that the Commis- 
sion members would not be able to accept the invitation. The Engineer was 
thereupon instructed to have Division Engineer W. C. Williams represent the 
Commission on such occasion. 


The Commission discussed a resolution from the Inland Enpire Water- 
ways Association, suggesting "that the Columbia and Snake Rivers should be 
considered a part of the highway systems of Idaho, Washington and Oregon as 
regards highway connections, and the principal roads and routes best suited 
for roads leading to the river shipping points be- made parts of the highway 
systems of the states, to the end that suitable roads for the transportation 
of freight to the rivers may be available when the river improvements are com- 
pleted, and that roads not so made parts of the state highway systems shall 
have the first consideration of the county commissioners of the various coun- 
ties in the three states." The Secretary was instructed to inform the Associ- 
ation that the Highway Commission of Oregon now has under consideration mat- 
ters recommended in this resolution, 


The Engineer reported briefly on the condition of the traffic scales 
at Molalla. He advised that, as instructed by the Commission at the previous 
meeting, he had the scales checked by the State Sealer of Weights and Measures 
who found them to be absolutely correct, which is in contradiction to state- 
ments made by Mr. George Clausen and his attorney, Mr. J. Dean Butler, Oregon 
City, at such previous meeting. The Commission took no action. 


The Engineer then asked the Commission to reconsider the matter of 
penalizing Mr. Clausen for transporting loads weighing in excess of the statu- 
tory limits. He advised that since the last meeting additional information 
has been secured, and it now appears that Mr. Clausen not only violated the 
law by overloading, but also inconvenienced the weighmaster by refusing to 
drive his truck off the scales after being weighed, thus making it impossible 
to weigh other trucks, which had to be flagged by. The Commission decided 
not to impose any additional penalty on Mr. Clausen for the present offense; 
however, ordered, in the event he again refuses to drive his truck off the 
scales after being weighed, that the matter be called to the Commission's at- 
tention for instructions as to the penalty to be imposed. Mr. Clausen is to 
be given the sam treatment as other log haulers for other violations. 


The question of the. penalty to be imposed on log haulers who refuse 
to remove mud and debris from their trucks before entering state highways was 
discussed, The Engineer advised that in certain localities, particularly 
along the Salmon River Highway, a very dangerous condition exists because of 
mud that is dropped on the surface of the road by logging trucks, and motor- 
ists who are not aware of the slippery condition of the road surface are very 
likely to become involved in serious accidents, He suggested several ways to 
alleviate this condition, if the logging operators will cooperate, such as 
the rocking of the logging roads a sufficient distance back from the highway, 
and the installation of mud racks and/or corrugations off the highway. Either 
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the Engineer's recommendation; however, deferred a definite decision pending 
inspection of the premises the next time it is in that vicinity. 


A letter was presented from L. W. Hobbs, Chairman of the Board of 
Raleigh School District No. 95, requesting the establishment of a "no parking" 
area in front of the Raleigh schoolhouse, which is located on the Scholls 
Ferry Road, about one-half mile south of the Bertha-Beaverton Highway, in 
Washington County. The Commission referred this matter to the Engineer with 
authority to maintain appropriate signs in front of the schoolhouse if he con- 
siders that advisable. 


The Commission discussed a letter from Mrs. Mary Agnes Kelly, Port- 
land, opposing the naming of the Wolf Creek Highway the "George L. Baker" 
Highway as has been proposed by certain residents of Portland. The Commission 
instructed the Secretary to inform Mrs. Kelly that the Commission does not 
feel that it shuld advocate the use of any name for any highway in view of 
the fact that the tendency of the times is to designate highways by. route 
number rather than by name, and for the further reason that the system of num- 
bering highways has been adopted by the American Association of State Highway 
Officials and is national in scope. 


The Commission discussed a letter from the Parkrose Chamber of Com- 
merce suggesting that tables and benches be provided at convenient places 
along state highways, for the accommodation of the touring public. The Engi- 
neer advised that an experiment is now being conducted on the Mt. Hood Highway 
along the lines suggested by the chamber of commerce. In view thereof the Com- 
mission deferred action on the request until the results of the experiment are 
known, 


The Secretary presented a letter from the Rotary Club of Portland 
recommending the establishment of a permanent plaque in the Vista House at 
Crown Point in recognition of the achievements of the late Samuel C. Lancaster. 
The Commission denied the request as a matter of policy, which policy will not 
permit the installation of plaques unless they are furnished and paid for by 
sponsors of the same, except in the case of plaques that are installed on 
bridge structures. The Secretary was instructed to inform the Rotary Club 
that, while the Commission feels that the idea is a good one and appropriate, 
it cannot approve the installation unless the plaque is furnished by the spon- 
sors and the wording thereon is approved by competent authority. 


Communications were presented from Alva Lewis, Chairman, Legisla- 
tive Committee, Shasta View Grange, Klamath Falls, and from Myron E. Shannon, 
Klamath Falls, with respect to the need for improvement of the state highway 
on South Sixth Street, Klamath Falls. In the discussion of this matter it was 
brought out that the final reports of the Engineer and the Attorney on con- 
struction and right of way features are not ready for submission to the Com- 
mission. The Commission ordered completion of such reports so they can be 
discussed by the Commission at its January meeting. The Secretary was in- 
structed to convey such information to Messrs, Lewis and Shannon, 
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question in view of the thought that the company may have deeded it to the 
county in the first instance, the county making the transfer to the state. 


The Commission had under consideration the following requests for 


extensions of time within which to complete highway construction projects: 


Berke Bros., contract No. 2348, for grading, surfacing and 
oiling and construction of bridges on the Veneta-Fisher Road Sec- 
tion of the Eugene-Veneta County Road, in Lane County, requested 
an extension of time from June 30 to August 20, 1941, within which 
to complete this job. They gave the following reasons for failure 
to complete the project within the specified time limit: (1) in- 
ability to complete the placing of riprap in the fall of 1940, on 
account of early rains which inundated the ground between the quar- 
ry and the new highway, shutting off access to the riprap material ; 
(2) inability of the subcontractor, 0. C. Yocom, to do the oiling 
work until the riprap was placed, instructions having been given by 
the Resident Engineer not to do the oiling work until the riprap 
work was done, in order to avoid the possibility of damage to the 
oiled surface by heavy rock trucks; (3) inability to install sight 
posts until the oiling work was completed, so as to avoid the spray- 
ing of oil on the posts, necessitating repainting. The Engineer ad- 
vised that the reasons given by Berke Bros. for failure to complete 
the project within the specified time limit are correct. He recom- 
mended, in view thereof, that the extension of time requested be 
granted without penalty. A letter was presented from the Public 
Roads Administration concurring therein. The Commission approved 
the recommendation. 


A. Milne, contract No. 2374, for grading, surfacing and oiling 
the Mud Hollow-Oak Creek Section of the North Umpqua County Road, 
in Douglas County, requested an extension of time, from July 31 to 
September 30, 1941, within which to complete this job. He attribut- 
ed his failure to complete the project within the specified time 
limit to adverse weather conditions which prevented grading opera- 
tions until materials to be excavated were thoroughly dried. The 
Engineer advised that this contract was awarded on October 12, 1940, 
and that the contractor commenced construction operations five days 
later; however, was forced to suspend operations during the follow- 
ing week because of heavy rains, and it was impossible for him to 
resume construction until July, 1941. The delay, he said, was no 
fault of the contractor, and, in view thereof, he recommended that 
the extension of time requested be granted without penalty. let- 
ter was presented from tle Public Roads Administration concurring 
therein. The Commission approved the recommeidation. 


A. T. Dolan, contract No. 2420, for grading and construction 
of bituminous macadam surfacing on the Kernville-Forest Boundary 
Section of the Siletz Secondary Highway, Lincoln County, requested 
an extension of time from July 31 to October 14, 1941, within which 
to complete this job. He gave no reason for failure to complete 
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of these methods, he said, would reduce the present hazard to a minimum, but 
in order to be effective must have full cooperation of the loggers. He furth- 
er advised that the permits issued by the Public Utilities Commissioner con- 
tain provision for the cleaning of the logging equipment before entering the 
highway, so it might be that all that is required is strict enforcement by the 
state police. after considerable discussion the Commission decided to discuss 
the matter with Mr. Ormond R. Bean, Public Utilities Commissioner, and Mr. 
Charles P. Pray, Superintendent of the Department of State Police, in an en- 
deavor to provide a satisfactory solution. 


The Commission discussed briefly a report from the State Police De- 
partment on the complaint of Mrs. Walter K. Powell, Lebanon, that log haulers 
in the vicinity of Lebanon do not maintain binder chains around their logs, as 
is required by the rules and regulations, and as a consequence frequently lose 
their loads on the highway. The report indicates that the state police are 
watching this condition as well as they possibly can, and that the McDowell 
Creek Logging Company, which is the chief offender, has been notified hereaft- 
er to comply with the rules. The report was ordered filed, as the Commission 
considers that this is a matter of enforcement of the rules, rather than the 
making of new rules. 


The Secretary presented a request from the Updegrave Trucking Com- 
pany, Chiloquin, for permission to transport logs over state highways in the 
vicinity of Agency Lake on Thanksgiving Day. They advised that they are fur- 
nishing logs to the mill of the Algoma Lumber Company, and are required to 
dump them in Agency Lake, from which place they are towed to the mill; further, 
that this operation will have to be discontinued when the lake freezes over, 
which they anticipate will be in the not distant future, and in the meantime 
the lumber company is very anxious to get all of the logs it possibly can. 

The Commission approved the request. 


The Commission discussed a request from the Consolidated Timber Com- 
pany for permission to maintain gasoline tanks and pumps on a wide section of 
the Wolf Creek Highway, just east of McNamars Camp, for use in connection with 
the servicing of its logging trucks which are operating in this vicinity. It 
appears that this is the most convenient place for the company to maintain 
such facilities. The Engineer pointed out that it is contrary to the Commis- 
sion's established policy to permit encroachments on state property; however, 
in this particular instance it is a case of the company requesting the use of 
property that it deeded to the state as a gift for park purposes, and it conld 
have retained possession of this area in the first instance if it so desired. 
He suggested, in view of the fact that the company donated the property, that 
it might be advisable to grant the company a revocable lease for five years 
for a nominal consideration or, if the Commission preferred, it could deed 
back to the company the area which it wants to use with the understanding that, 
when the company was through with it, it would deed it back to the state, 
which method would preserve the Commission's policy. The Commission indicated 
a preference for the granting of a revocable lease, and instructed the Attor- 
ney to prepare an appropriate lease form covering the matter for consideration 
by the Commission at its next meeting. He was also instructed to ascertain 
definitely whether or not the Commission has received a deed for the area in 
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Frank Watt Construction Company, contract No. 2450, for con- 
struction of a grade separation structure at the Southern Pacific 
Railroad crossing of the Cascade Secondary Highway near Clackamas, 
in Clackamas County, requested an extension of time from August 31 
to October 13, 1941, within which to complete this job. They at- 
tributed their failure to complete the project within the specified 
time limit to difficulties encountered in securing materials, delays 
caused by the Southern Pacific Company, and adverse weather condi- 
tions which interfered with painting work; also extra work required 
by the Engineer. The Engineer advised that the work covered by the 
original contract was completed on September 19, and that the time 
between September 19 and October 13 was consumed by the contractor 
in constructing a retaining wall, which was not a part of the ori- 
ginal contract. During the progress of the job, he said, the con- 
tractor experienced considerable difficulty in obtaining a suffici- 
ent number of competent steel workers, due to the national defense 
work that was under way at the time, and on this account he estimat- 
ed that the contractor was delayed one week. It was also his 
thought that the contractor is entitled to three days extra time 
due to certain work under two price agreements, which work was not 
included in the original contract. He recomsended for the above 
reasons that an extension of time from August 31 to September 10 
be granted without penalty, and that a further extension of time 
from September 10 to September 19 be granted subject to the condi- 
tion that the contractor be required to reimburse the state for 
extra engineering expense incurred during that period. He further 
recommended that an additional extension of time be granted from 
September 19 to October 13, without penalty, in view of the fact 
that the contractor was engaged in constructing a retaining wall 
during that period which work was not included in the original con- 
tract. A letter was presented from the Public Roads Administration 
concurring in such recommendation. The Commission approved the rec- 
omnendation. 


Berke Bros., contract No. 2466, for grading the Miner Creek- 
Spencer Creek Section of the Oregon Coast Highway, in Lincoln County, 
requested an extension of time from October 31, 1441, to July 31, 
1942, within which to complete this job, giving as their reason for 
such request that they were ordered by the Resident Engineer in 
charge to suspend grading operations until next summer, so as to 
avoid interruption of traffic on the highway. The Engineer advised 
that he ordered the contractor to suspend operations on October 27, 
because the work could not be done properly during the winter season 
and it was quite evident that the work could not be finished before 
bad weather set in this fall. He recommended the granting of the 
extension of time requested without penalty. The Yommission approved 
the recommendation. 


E. L. Rigdon, contract No. 2474, for grading, surfacing, oiling 


and bridge construction on the Oak Creek-Marks Ranch Section of the 
North Umpqua County Road, in Douglas County, requested an extension 
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tie project within the specified time limit. The Engineer advised 
that the contract provided that the job should be completed by July 
31, 1941, and that the rocking and oiling work was completed by that 
time; however, the contractor was required to produce certain main- 
tenance materials in stock piles under a price agreement, which work 
was not done until August 30. The actual completion of the contract, 
he said, was not accomplished until Octoher 14; however, the work re- 
maining to be done after August 30 consisted simply of cleaning up 
the premises and removing equipment from the highway property, which 
work involved no pay quantitites under the contract. He recommended, 
in view of the circunstances, that the extension of time requested be 
granted without penalty. The Commission approved the recommendation. 


Edward F. Altree, contract No. 2432, for the construction of 
roadside improvement along the South Newport Section of the Oregon 
Coast Highway, in Lincoln County, requested an extension of time, 
from April 30 to July 21, 1941, in which to complete this job. He 
gave no particular reason for his failure to complete the project 
within the specified time limit. The Engineer advised that the con- 
tractor was prevented from completing the project within the speci- 
fied time by inclement weather, it being impossible, because of 
weather conditions, to do certain planting work as planned. All 
work in connection with the job, he said, excert for furnishing of 
additional top soil, was completed on June 15, 1941, but top-soil 
material could not be placed until certain oiling work was completed 
under another contract. It was at his request, he said, that the 
contractor deferred placing the top soil until the other work was 
done. He recommended, in view of the circumstances, that the exten- 
sion of time requested be granted without penalty. A letter was 
presented from the Public Roads Administration concurring therein. 
The Commission approved the recommendation. 


Roy Is Houck, contract No. 2437, for surfacing and construction 
of bituminous macadam on the Donaldson Creek-ifills Bridge and McNam- 
ars Camp-Washburn Sections of the Wilson River Highway, in Tillamook 
and Washington Counties, requested an extension of time of fifteen 
days, from September 30 to October 15, 1941, within which to complete 
thig project. He attributed his failure to complete the job within 
the specified time limit to delays caused by W.P.A. forces in com- 
pleting certain grading and topping work, and to extra crushing and 
hauling which was required under special price agreements. The En- 
gineer advised that the reasons given by the contractor for failure to 
complete the project within the specified time limit are correct; 
that the grading and rock work which was being done by W.P.A. forces 
was not completed in time to permit the contractor to finish his 
work within the specified time. He recommended, in view of the cir- 
cumstances, that the extension of time reauested he granted without 
penalty. The Voumission approved the recomnendation. 


: 
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the North Umpqua County Road, in Douglas County. Completed 
October 1, 1941. 


Contract No. 2420, with A. T. Dolan, for grading and 
bituminous macadam surfacing on the Kernville—Forest Bound- 
ary Section of the Siletz Secondary Highway, in Lincoln County. 
Completed October 14, 1941. 


Contract No. 2432, with Edward F. Altree, for roadside 
improvement on the South Newport Section of the Oregon Coast 
Highway, in Lincoln County. Completed July 21, 1941. 


Contract No. 2437, with Roy L. Houck, for surfacing and 
oiling on the Donaldson Creek-ifills Bridge and McNamars Camp- 
Washburn Sections of the Wilson River Highway, in Tillamook 
and Washington Counties. Completed October 15, 1941. 


Contract No. 2450, with Frank Watt Construction Company, 
for construction of the Clackamas Grade Separation Project, 
on the Cascade Secondary Highway, in Clackamas County. Com- 
pleted October 13, 1941. 


Contract No. 2487, with Norris Bros., for surfacing and 
oiling on the West Ranch-Island City Section of the Summer- 
ville-Island City County Road, in Union County. Completed 
October 7, 1941. 


Contract No, 2509, with Blair T, Alderman, for roadside 
improvement on the South Milton Section of the Oregon-Wash- 
ington Highway, in Umatilla County, Completed November 8, 
1941. 


THEREFORE, BE IT RESOLVED, that the work covered by said 
state highway contracts for the construction of said state highway 
projects be declared completed according to the terms of the respec- 
tive contracts, and said jobs are hereby accepted and final payment 
in connection with each is hereby authorized, 


The Commission confirmed Thursday and Friday, December 18 and 19, 
1941, for its regular meeting in December, 1941, and also confirmed Thursday 
and Friday, January 15 and 16, 1942, as the date for its regular meeting in 
Jamary, 1942, The Secretary was instructed to make the usual arrangements 
to hold these meetings in the auditorium of the Public Service Building in 
Portland, 


The Commission adjourned at 6:00 p, m. to reconvene at 8:00 Pp. m 
in the Imperial Hotel, to dispose of real property matters, 
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of time from September 30, 1941, to June 30, 1942, within which to 
complete this job. They attributed their failure to complete the 
project within the specified time limit to difficulties in securing 
rock crushing equipment, either by purchase or lease; also diffi- 
culties in securing a subcontractor to do the rocking work for them. 
The Engineer advised that the reasons given by the contractor for 
failure to complete the project within the specified time limit are 
correct—that he was unable to obtain equipment because of national 
defense activities under way at the same time. He recommended, in 
view of the circumstances, that the extension of time requested be 
granted without penalty; however, that the contractor be required to 
maintain the road at his own cost and expense until oiling work has 
been completed next year, The Commission approved the recomnenda- 
tion. 


Norris Brothers, contract No. 2487, for surfacing and oiling 
the West Ranch-Island City Section of the Summerville-Island City 
County Road in Union County, requested an extension of time of ten 
days, from September 30 to October 10, 1941, within which to com- 
plete this job. They attributed failure to complete the project 
within the specified time limit to adverse weather conditions which 
prevented completion of the oiling work. The Engineer advised that 
the reasons given by the contractors for failure to complete tne job 
Within the specified time limit are correct; that all of the mineral 
aggregate necessary for the job had been produced and the oiling crew 
was on hand to do the oiling work, but was unable to finish such work 
because of rainy weather. He recommended, in view of the circumstances, 
that the extension of time requested be granted without penalty. The 
Commission approved the recommendation. 


The Engineer reported that Contracts Nos. 2348, 2374, 2420, 2432, 


2437, 2450, 2487, and 2509, for the construction of state highway projects, 


nave 


been completed according to the requirements of the contracts or modi- 


fications thereof, and that said jobs are now ready for acceptance. The fol- 
lowing resolution accepting the above projects was offered and was adopted by 
unanimous vote of the Commission: 


WHEREAS, the Engineer has reported that the following 
State Highway Commission contracts for the construction of state 
highway projects have been completed according to the terms and 
provisions »f the contracts and that said jobs are now ready for 
acceptance: 


Contract No. 2348, with Berke Bros., for grading, sur- 
facing, oiling and construction of bridges on the Veneta- 
Fisher Road Section of the Eugene-Veneta County Road, in 
Lane County. Completed August 20, 1941. 


Contract No. 2374, with A. Milne, for grading, sur- 
facing and oiling on the Mud Hollow-Oak Creel Section of 


10'732 


NOW, THEREFORE, BE IT RESOLVED that the said parcel 
or tract of land be and the same hereby is declared by this 
resolution to be necessary for the purpose herein stated; and 


BE IT FURTHER RESOLVED that title to the said parcel 
or tract of land be acquired by the State of Oregon, by and 
through its State Highway Commission, for the above specified 
public use and purpose. 


BE IT FURTHER RESOLVED that the best interests and 
convenience of the general public require that title to the said 
tract or parcel of real property be acquired for the purpose of 
developing and maintaining the same for a park, recreational 
ground or public resort and for the purpose of preserving the 
timber growing thereon, and for the further purpose of making 
said parcel of land available for the use and enjoyment of the 
general public. 


BE IT FURTHER RESOLVED that J. M. Devers, Attorney for 
the State Highway Commission, be and he hereby is requested to 
negotiate further with the owner, or owners, of said property and 
endeavor to acquire said property by agreement, and, in the event 
that said property cannot be acquired by agreement, then the said 
J. M. Devers, Attorney for the State Highway Commission, is hereby 
requested to institute and prosecute such condemnation proceeding 
or other suit or action as may be necessary to acquire the said 
real property. 


BE IT FURTHER RESOLVED that in such suit, action, or 
procedure as may be prosecuted for the acquisition of said real 
property provision be made whereby title in fee simple shall be 
acquired in the name of the State of Oregon, by and through its 
State Highway Commission. 


The Attorney also brought up for discussion the controversy with 
respect to the use of the Market Building, Portland, during the progress of 
construction of the Front Avenue Project. He was instructed to arrange a 
conference with the city officials for a discussion of this matter at 1:30 
p. m. on the following day. 


The Assistant Attorney rendered a status report on the right of way 
budget which was approved by the Commission, particular attention being given 
to the report concerning the Front Avenue Project, Portland. 


The Attorney requested authority to acquire certain parcels of real 
property that are needed for various highway improvements throughout the state. 
He submitted a list of such properties, together with offers that he recom- 
mended be made in connection with each. After careful study of each item the 
Commission approved the request and by unanimous vote adopted the following 
resolution in regard thereto: 
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The State Highway Commission reconvened at 8:00 p. m. in Room 234, 
Imperial Hotel, with all Commissioners, the State Highway Engineer, the At- 
torney and the Secretary present. 


The Attorney brought up for discussion the settlement with the es- 
tate of one Daniel Gorman, deceased, for property needed as an addition to 
Short Sand Beach State Park, Tillamook County, real property file No. 8114. 

Ye advised that Mr. Gorman died in 1916, and a question has arisen as to his 
marital status, some of the evidence indicating that he was unmarried, while 
other indicates that he was a married man. He also advised that there are 
three living heirs whose interests in the property are not questioned. The 
agreed purchase price, he said, is $2,000 for the 40 acres involved, and the 
deed has been signed and delivered. He requested instructions whether to pay 
over the full amount of the purchase price at this time, or to wait until he 
has had an opportunity to clear the title under condemnation proceedings. He 
suggested, however, that the entire $2,000 be delivered to the attorney for 
the heirs, inasmuch as the heirs are entitled to it, with instructions to pay 
over $1,000 to the three heirs whose interest are not contested, the balance 
to be paid over after the title is clear, After discussion the Commission ap- 
proved such disposition of the matter and authorized the Attorney to proceed 
with the condemnation of the property. An offer of $2,000 was approved by the 
Commission for use in connection with the condemnation. The following resolu- 
tion authorizing the Attorney to condemn the property was adopted by the un- 
animous vote of the Commission: 


WHEREAS, by virtue of the laws of the State of Oregon, the 
State Highway Commission is authorized and empowered to acquire land 
or ground necessary for the development, maintenance, and operation 
of parks, parking places, automobile camps, camp sites, public squares, 
recreational grounds or resorts, and land for the preservation of trees 
or timber growing thereon; and 


WHE » said Highway Commission is authorized to acquire 
by purchase, agreement, donation, or by the exercise of the power of 
eminent domain real property, or any interest therein, necessary or 
deemed by the Highway Commission necessary for said purposes; and 


WHEREAS, in the judgment and opinion of the State Highway 
Commission it will be for the convenience and is for the best inter- 
ests of the general public that there be acquired for public purposes, 
to wit: for the purpose of developing and maintaining a park, rec- 
reational ground and/or resort, and for the purpose of preserving 
the timber growing thereon, the following described parcel of land, 
to wit: 


Property of the Unknown Heirs of Daniel Gorman, Deceased 
All of the northwest quarter (\W°) of the northwest quar- 


ter (NW4) or Lot 1 of Section 7, Township 3 North, Range 10 
West, W. M., Tillamook County, Oregon; containing 38.67 acres. 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


(North Bend- ield Section, Oregon Coast Hi - Continued) 
8046-Ford, Sar M. Jones F/W 9,829 sq.ft. laf sq.ft. Benson 


and E. Richardson 


(Correction) 
9497-Armstrong, Phebe S. " 3,000 " 15€ sq.ft. bd 
8041-Newton, Guy " 41,1795 " 15¢ sq.ft. + $73.75 " 
9511-Southern Pacific Co. " 21,265 " 15,747 sq.ft. at 10¢ n 
sq. ft. 
5,518 sq. ft. at 15¢ sq.ft. 
9493-W. T. Culver Company " 9,830 " 202 sq.ft. Benson 
(Correction) 32,693 " 15¢ sq.ft. 
42,523 
9526-Sengstacken Co., Henry n 5,210 " 10¢ sq.ft. " 
9509-Hollister, Fred B. " 1,356.5 * 10¢ sq.ft. + $39.35 * 
9508-Foster & Kleiser In- ™ 
vestment Company " 3,097 " 15¢ sq.ft. " | 
9556-Johnson, J. B. s. 3,733. * in exchange for prop- " 
erty in Lots 2,3,4, 
Block 32, North Bend : 
9574-MeDonald, J. H. " 248 .=« 154 sq.ft., + $62.80, " x 
+ moving cabins (Est'd. 
, $400) 
9534-Moss, Elma, et al. " 12,400 " 17€é sq.ft. + $5392 " 
9522-Gildersheim, J. " 7,200 " 15¢ sq.ft. + $4420 " 
9506—McNabb, John F, nm 4,427 8 10¢ sq.ft. + $1607.30 " 
9489-Warren, Eleanor Eliza- 
beth Doane ® 33,518 * 3,000 sq.ft. at 32 3/4¢ " 
per sq.ft., 
3,000 sq.ft. at 15¢ sq.ft. 
7,518 sq.ft. at l0é¢g " ™ 
9488-North Bend, City of " 35,058 ™ 19,000 sq.ft.at 26 2/3¢ sq.ft. i 
4,888 sq.ft. at 3¢ appr. | 4 
sq.ft. 
7,166 sq.ft. at 4 3/4¢ sq.ft. | 
4,004 sq.ft. at 15¢ sq.ft. 
Benson 
Port Orford-Euchre Creek Section, Oregon Coast Highwa et 
5256-A-buffington, Collier H. R/W 71.8 $20 per a. - One-half » * 
interest Devers 2 | 
Vadis-Gardiner Ranch Section Wolf Creek Highwa eat 
6543-A-Kelly, C. H. and 
Vv. L. Waddell R/W 4.0 vl50 per a, + $100 Collins 
6545-Thieleman, Carl ® 11.0 $200 per a. + $400 " 
9417-Washington County n" 1.09 $200 per a, + $118, " 
in exchange for 1.68 a. 
q at $200 to be deeded by 
the state 
9407-Kerkman, H. D. " 4.0 $200 per acre " 
NOVvi?7y 194 
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WHEREAS, in connection with the further improvement of the 
highways hereinafter designated, it is and has been necessary to ac- 
quire property for right of way, quarry sites, gravel or other mate- 
rial sites, or sites for the storage of materials, as hereinafter 
more definitely set forth, and 


WHEREAS, as a result of negotiations carried on with the 
owners of the property required, options have been obtained, which 
options have been considered by the Commission, outlining the bases 
of settlement which have been agreed upon, and 


WHEREAS, it is the judgment of the Commission that the 
said options should be approved and acepted, and/or the said reports 
be declared acceptable to the State Highway Commission as bases of 
settlement for the properties involved, and that the acquisition of 
the properties should be completed: 


NOW, THEREFORE, BE IT RESOLVED that the several offers, 
or bases of settlement hereinafter enumerated be, and the same here- 
by are, approved and accepted, and that the Attorney for the State 
Highway Commission be, and he hereby is instructed to complete the 
acquisition of the said properties and to take title thereto in the 
name of the State of Oregon. The said properties hereby ordered and 
authorized to be acquired are as follows: 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


West Lake-Gearhart Section, one Coast Highway 
9467-Breyman, Harriet L. R/N 0.06 $15 Lump Sun Witt 


Skipanon-C. Clatsop Section, Oregon Coast hwa, 

9572-lee, Robert E. | 0.04 $500 per a. + $121.50, 
+ moving building (Estd. 
3650) 


North Bend-Marshfield Section, Oregon Coast Highwa 
9532-Bustrin, Clara (Bert R/W 2,800 sq. ft. 15¢ sq.ft.,+ 9980 Benson 
Rush Estate) 
2045-First Natl.Bank of Coos R/W 33,420 " " 12¢ sq.ft. " 
Bay, Trustee 
(Correction) 
9537-Colunbia River Fisheries, 
Inc. R/W 427 sq. ft. 12¢ sq.ft. plus 
9557-Coos Bay Longshoremens 
Beneficial Assoc. R/T 1,560 sq. ft. 30¢ sq.ft. + 9482, 
+ moving bldg.(Estd, 
$2500) 
9491-Coos Bay Longshoremens 
Beneficial Assoc. R/W 3,000 sq. ft. 25¢ sq.ft.+ $750 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 

D Creek-Milo Section, Tiller-— 1 Hi 

9212-A-Ulam, P. E. W 0.67 $75 per a. + moving Lytle 
fence 


Buck Hollow Section,Shearer's Bridge O Hi 
881l-Pettey, Ruby B. Estate 2.12 $50 Lump Sum Devers 


Hood River Forest Boundary Section, Mt. Hood Loop Highway 

9543-Hood River County Stock Pile 1.21 GRaTIS Chandler 
Brogan-Jamieson Section, John Hi 

Sigh Edwards, Willard R. a ose sq.ft. 13¢ sq. ft. + $32 Landon 


Estate and Orville 
Presley (Supplemental) 


Madras Section-The Dalles-California Highwa 
8603-Bone, Gladys Easement over 2 lots GRATIS Cozad 


6119-Conroy, B. N. " 500 sq.ft. l1f sq.ft. + stairway " 
Madras-—Juniper Butte Section, The Dalles-California Highwa é 
8573-Olson, Louise RAW 1,150 sq.ft. lf sq.2t. + $63.50 DeSouza 
Junction Crooked River-Paulina Section, Paulina Highway 

9785-Wichman, W. Maintenance 


Site 4.55 $10 per acre Cozad 
Post Maintenance Building Site Section, Paulina Highway 
9784-Norton, Homer Maintenance 
Site 1.63 $10 per acre Cozad 
Moro-Grass Valley Section, Sherman Highway 
97999-Douma, Thomas Maintenance 
: Site 6.58 $60 per acre Cozad 
% 
He Butte-Jefferson County Line Section, Warm Springs Highwa 
9538-Warm Springs Agency Gravel Pit 2.76 $5 per acre Cozad 
Haul Road 1.45 $5 per a. + $423.50 
4.21 
9540-Warm Springs Agency Gravel Pit 16.07 $25 per acre " 
Haul Road 1.06 $25 per acre 
17.13 
9599-Warm Springs Agency Gravel Pit 8.55 $5 per acre + $504 " 


Lone Rock Junction-Rock Creek Section, Wasco-Heppner Highway 

9743-Thompson, Austin S, Quarry 6.57 $150 Lump Sum McCallister 
(Estate) and Lydia G. 
Moyer Estate 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 
Vadis-Gardiner Ranch Sect Wolf Creek ~ Con 
§50-Jackson, John 9 50 per a, + $59 Collins 
6546-Blake, Mark H. and " 1.9 $200 per a. + $101 " 
Dayton Mays 
6540-Stolte, John J. " 4.0 $200 per a, + $500 " 
6551-Beach, Henry T. n 20,82 $150 per a. + $228 " 
Volmer Creek Section, Wolf Creek Highway 
9839-Berg, Herbert V. Drainage 
Ditch Esm't. 1000 sq.ft. $10 Lump Sum Witt 
Sylvan-West Slope Section, Tualatin Valley Highway 
9703-Rogers, Charles H. Slope 
Easement 0,048 $50 Lump Sum L 


Barbur Boulevard-Boones Ferry Road ak West Portland-Hubbard 
9804-Johannesen, A. C. 8,280 sq.ft. GRATIS Collier 
Co)umbia Street South-Front Street Project, Portland, Pacific Highway West 
8228-Vincent, Chas. E. R/W 5,325 sq.ft. $3,250 MeCallister 


8233-Jackson, Jackson & 


Jackson # 10,000 # $21,750 " 
9087-aArditi, Vincent " - 2,965 3,350 " 
9086-Kruger, Frances M. "3,404 " $3,500 " 
Shedd Section, Pacific Highway 
9875-Farwell, E. D. Stock pile 2,48 $100 per aere Gardiner 
ares County Line Section, Pacific Highway West 
4523-Benton County and 

City of Monroe Gravel Pit Undivided 1/2 interest in 4.91 Witt 


acres, in exchange for 2.0 acres 
in Kiger Island, owned by state 


Monroe-Fe n Section, Territorial hwa, 

4413-A-Zielinski, Alphonse R/W 0.23 $75 per acre Witt 
Count “Wilbur Section, Pacific Hi 

9801-Sabala, Domingo a 2,942 sq.ft. 1 3/4¢ less, or $50 Benson 


Lump Sun 
ene-Springfield Section, Pacific Highwa 
9319-Lockwood, C. Adair BAI 94,200 sq.ft. 43¢ sq.ft. Parker 
9423-Christofferson, L. S. " 0.40 a. $500 per acre " 
9426-Hayes, James " 0.85 $500 per acre ® 


Drews Valley-East Forest Boundary Line Section, Klamath Falls-Lakeview Highwa 
9806-Smith, Clarence M. Haul Road 0,22 $22.75 per acre Cozad 


and said Commission is also authorized to construct shops, equip- 
ment. sheds, office buildings, maintenance sites, patrolmen accom- 
modations, and snow fences, and is authorized to acquire quarry 
sites, gravel pits, storage sites, stockpile sites, weighing sta- 
tions, and broadcasting stations, and is further authorized to 
develop, construct, improve, operate, and maintain parks, parking 
places, auto camps, camp sites, roadside development, recreational 
grounds or resorts, and other places of attraction and scenic value; 


WHEREAS, said Highway Commission is authorized to acquire 
by purchase, agreement, donation, or by the exercise of the power 
of eminent domain real property, or any interest therein, necessary 
or deemed by the Highway Commission necessary for the accomplishment 
of any and all of the foregoing things; and 


WHEREAS, in the judgment of the Highway Commission the 
several tracts or parcels of land hereinafter described are each 
and all necessary for the specific and particular purposes herein- 
after specifically set forth; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission as follows: 


1. That the Commission does hereby find and declare 
that the several parcels of real property hereinafter described 
are each and all necessary for the accomplishment of the pur- 
poses hereinafter expressly and specifically set forth, which 
said real properties and the specific purposes for which the 
same are being acquired are described as follows, to wit: 


Real property owned by Jesse Kotovsky, which property 
is located in Lots 12, 13, 14, and 15, Block 51, Townsite 
of North Bend, Coos County, Oregon, and is more particular- 
ly described on the attached sheet and designated as Parcel 
No. 1 and is further identified in the records of the High- 
way Commission as file R 9495, and which property is being 
acquired for right of way purposes in connection with the 
Oregon Coast Highway ;* 


Real property onwed by Kitchman Horn, which property 
is located in Lots 8 and 9, Block 33, Coos Bay Plat "B" 
Addition to North Bend, Coos County, Oregon, and is more 
particularly described on the attached sheet and designated 
as Parcel No. 2 and is further identified in the records of 
the Highway Commission as file R 9521, and which property 
is being acquired for right of way purposes in connection 
with the Oregon Coast Highway;+# 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Cinder Butte-Wagontire west Lakeview-Burns Highway 
.9797-State Land Board 24. $5 per acre DeSouza 


Drews Valley Section, Klamath Falls-Lakeview Highway 
.9880-Lyford, Lauren Stock Pile 
Site Zeon $10 per acre Cozad 


The Attorney requested instructions relative to the acquisition of 
certain property in Marshfield that is needed for the improvement of the high- 
way between Marshfield and ilorth Bend, particularly property owned by a Mr. 

J. D. Bergen on which Mr. Bergen maintains a battery of five greenhouses. The 
Attorney advised that Mr. Bergen will give the Commission title to the entire 
property, which consists of 17,200 square feet, for the sum of $16,000 cash, 
provided he can keep accessories and is not required to vacate the premises 
until August 1, 1942. The offer made Mr. Bergen by the highway department's 
agent, he said, was $16,000 with the state to keep all of the accessories, 
which offer was refused. The Attorney valued the property at $12,500, and 
estimated the cost of belongings, including shrubs, et cetera, at $2,500, or 
a total of $15,000. The matter was discussed at considerable length, but the 
Commission deferred action thereon pending appraisal of the property by a 
specialist in greenhouse construction. The Attorney was authorized and in- 
structed to secure the services of a competent man to make such appraisal and 
report the results thereof. 


The Attorney also requested authority to institute condemnation pro- 
ceedings to acquire certain parcels of real property that are needed for high- 
way improvements and concerning which he has been unable to reach satisfactory 
settlements. He presented a list of such properties, together with offers 
that he recommended be made in condemnation, as follows: 


File No. Name Purpose Required Recommended Offer 
9495 Jesse. Kotovsky _~ Right of Way $ 1,500.00 
9521 K. Horn ye oe 4,000.00 
*8114 Unknown heirs of Daniel 

Gorman, deceased Park 2,000,00 
9249 A. D. Jones Right of Way 11,000.00 


After discussion the Commission approved the offers and thereupon, by unani- 
mous vote, adopted the following resolution authorizing the Attorney to in- 
stitute condemnation proceedings: 


WHEREAS, the State Highway Commission is authorized to 
locate, relocate, construct, reconstruct, maintain, widen, straight- 
en, and otherwise improve state highways, both primary and secondary, 


*See separate resolution 
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5. That this resolution be entered in full in the min- 
utes and records of this Commission. 


The Attorney brought up for discussion the acquisition of the 
Hitchcock & Reagan properties which are needed in connection with the re— 
construction of the Pacific Highway between Eugene and Springfield. He 
advised that he has been unable to reach satisfactory settlements in either 
of these cases and requested approval of proceeding with condemnation of 
the properties if necessary. The matter was discussed at considerable 
length with the result that the Commission approved such procedures An 
offer of 012, 000 in condemnation for the Hitchcock property, and y12, 500 
in condemation for the Reagan property, was approved by the Commission. 


The Commission reconsidered the bids received by the State Board 
of Control for furnishing of three paving plants, being those submitted by 
the Cramer Machinery Company and the Dallas Machine and Locomotive Works. 
After a lengthy discussion of this matter, during which the Engineer re- 
commended the acceptance of the low bid that strictly meets the specifica— 
tions, being that of the Dallas Machine and Locomotive Works, in order to 
maintain the Commission's policy with respect to the acceptance of the low 
bid, the Commission decided to defer final action until the following day, 


Mr, Ben Titus, Acting Director of the Travel and Information De—- 
partment, was present and discussed with the Commission matters pertaining 
to the 1943 Old Oregon Trail Centennial celebration. He reported the need 
at this time of the services of someane on half—time basis to take care of 
details, and suggested a Mr. Carl Werner as being the best man available, 
The person selected, he said, would work directly under Mr. Phil Parrish, 
Chairman of the Old Oregon Trail Centennial Advisory Commission, as well as 
himself, but it will be necessary for Mr. Parrish or the committee to see 
to it that he actually spends one-half of his time on this work, He sug= 
gested a salary of $100 per month for such service; however, pointed out 
that expenses would have to be paid while engaged in this work outside of 
the city of Portland. After discussion the Commission approved employment 
of Mr. Werner, if that is satisfactory with the committee, and the payment 
of his expenses outside of Portland. lr. Titus was instructed to inform 
Mr. Parrish that the employment of Mr. Werner is satisfactory if his ser- 
vices can be secured on a reasonable basis. 


The Commission adjourned at 11:00 p. m. to reconvene the following 
morning in the Public Service Building. 


Portland, Oregon, November 18, 1941 


The State Highway Commission reconvened at 9:00 a. m. in the audi- 
torium of the Public Service Building. Present were: 


Henry F, Cabell, Chairman 

Huron W. Clough, Commissioner 

Herman Oliver, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H, B. Glaisyer, Secretary 
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Real property owned by Katherine Helen Jones, et al., 
which property is located in Lots 7, 8, and 9 in Block 32 
and in Lot 25, Lot 26, and Lot or Tract 27K in Block 34; 
and vacated portion of street or streets abutting said lots, 
all in Fairmount, according to the amended plat thereof, in 
Lane County, Oregon, and is more particularly described on 
the attached sheet and designated as Parcel No. 3 and is 
further identified in the records of the Highway Commission 
as file R 9249, and which property is being acquired for 
right of way purposes in connection with the Pacific High- 
way. 


2. That the Commission does hereby find and declare that 
each of the said described parcels of real property is necessary and 
acquisition of the same by the State is required for the specific 
purposes hereinabove set forth, and the said properties are being ac- 
quired for the express and specific purposes in this resolution set 
forth. 


3, That the State Highway Engineer be and he hereby is 
instructed and directed to mike or cause to be made all surveys 
necessary in connection with the determination, description, and 
acquisition of said real properties, and said Engineer is further 
instructed to prepare and submit to the Legal Department necessary ( 
and adequate descriptions of the said real properties, which said 
descriptions shall be available for the preparation of any deed or 
deeds or other instrument or instruments necessary to complete the 
acquisition of said property or properties, whether said properties 
be acquired by purchase, donation, agreement, or by the exercise of 
the power of eminent domain. 


4. That J. M. Devers, Attorney for the State Highway Con- 
mission, be and he is hereby requested, authorized, and directed to 
attempt to agree with the owner or owners and/or with the tenants or 
persons in possession, if there be any, of said parcel or parcels of 
land with respect to the compensation to be paid for the taking of 
the same and the damage, if there be any, and in the event that no 
satisfactory agreement or agreements cen be reached, then it is 
hereby further resolved that J. M. Devers, Attorney for the State 
Highway Commission, be and he hereby is requested to commence and 
prosecute to a final determination such suit or action, or suits or 
actions, as may be necessary and appropriate to acquire title to 

he said premises and all rights therein for the purposes herein 
stated. 


%(The detailed descriptions of the respective parcels of real prop- 
erty mentioned in this resolution are attached to the original resolu- 
tion on file in the office of the State Highway Commission, Salem, be- 
ing Resolution No. 18, under the heading "Real Property Condemnation 
Resolutions," and said descriptions by this reference are made a part 
of this minute entry to the same extent as if copied in full herein. ) 
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ATHENA-HOLDMAN SECONDARY HIGHWAY 
GERKING SCHOOL~ATHENA SECTION 
GRADING, SURFACING AND OILING 


R. O. Dail & Warren Bros. $26,288.50 
Rogers Construction Company 29,014.00 


TUALATIN VALLEY HIGHWAY 
SYLVAN-WEST SLOPE SECTION 
GRADING AND PAVING 


Porter W. Yett $100, 664.50 
Jacobsen- Jensen Company 101,862.00 
C. J. Montag & Sons 102,270.00 


Reconsideration was given by the Commission to the matter of reim- 
bursing the Zidell-Steinberg Company for cement that adhered to the steel 
rails purchased from the Commission at the previous meeting. The Engineer 
advised that, since this matter was discussed on the previous day, he has 
studied carefully the resident engineer's report on the subject, and is satis- 
fied that the company is entitled to a refund based on the following facts: 
total weight of the rails, based on pounds per cubic yard, 107.663 tons; net 
weight of two loads of clean switches-and plates 13.085 tons; total weight of 
steel 120.748 tons; total weight bid for by Zidell-Steinberg Company, at 
$11.66 per ton, 148.315 tons. According to these facts, he said, the weight 
of the concrete is 27.567 tons. He recommended that the company be allowed a 
credit for 27.567 tons of concrete at the rate of its unit bid price of $11.66, 
or a total of $321.43. The Commission approved the recommendation. 


Messrs. James Morrell, Secretary, and Thomas White, Attorney, repre- 
senting the Consolidated Freightways, Inc., came before the Commission in re- 
gard to the company's previous request for permission to operate over Oregon 
highways, in interstate traffic, truck and trailer combinations having an 
overall length of 60 feet, and having a gross weight of 68,000 pounds. They 
were informed that the Commission has not as yet made its decision with re- 
spect to such matter but will do so as soon as possible although the proba- 
bilities that the Commission will approve such movements do not appear to be 
very good at the present time for reasons previously stated. 


Mr. Chester McCarty, Portland, attorney for a California concern 
known as “Tulane Farm", owned by Messrs. Ben Liskey, Dan Liskey, and Richard 
Hinsel, came before the Commission and requested authority to operate over a 
a 20-mile section of the Pacific Highway, north of the California state line, 
certain truck and trailer equipment having a gross weight of 68,000 pounds 
loaded, but which meets the Oregon requirements in other respects. He advised 
that the people he represents are farmers engaged in the stock business, and 
they are obliged to transport cattle frequently between their farms in Oregon 
and California; that the equipment they intend to use is a special type cap- 
able of carrying 68,000 pounds, which is legal in California, and that they 
would like the privilege of operating in the state of Oregon to full capacity 
so as to avoid the expense of adjusting their loads at the state line. 
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Bids as follows for highway construction projects were opened and 
read in conformance with previously published notice, following which Chairman 
Cabell announced that the award of contracts would be made at 3:00 p. m. in 

the same room: 


NEHALEM SECONDARY HIGHWAY 
KLASKANINE SULMIT-JEWELL ROCK PRODUCTION 


A. H. Saxton & Son 


Fisher Bros. 

R. O. Dail & Warren Bros. 17,440.00 
Babler Bros. 19,730.00 
S. S. Montague 19,840.00 


PACIFIC HIGHVAY EAST AND HALSEY-SWRETHOME SECONDARY HIGHWAY 
HALSEY ROCK PRODUCTION 


A. H. Saxton & Son $22,840.00 
R. O. Dail & Warren Pros. 23,330.00 
E. C. Hall Company 25,365.00 
Babler Bros. 26, 100.00 | 
Chas. H, Hoyt 27,300.00 | 
A. T. Dolan 27,420.00 
Roy L. Houck 29,115.00 
S. S. Montague 31,485.00 
Rogers Construction Company 36,525.00 
P. B, Doherty 40, 200,00 


PACIFIC HIGHWAY EAST 
ILLAHEE-STEIWER HILL SECTION - GRADING AND PAVING 


Using Asphalt Using Tar 


C. J. Montag & Sons $148,028.50 - - 
E. C. Hall Company 151,997.50 - - | 
Porter W. Yett a $155,640.00 
Roy L. Houck $156, 499.00 156, 499 .00 


PACIFIC HIGHVAY EAST 
INTERSTATE BRIDGE-OREGON SLOUGH SECTION - ROADBED WIDENING 


Porter WV, Yett $3,820.00 
S. S,. Montague 4,097.00 


STATE HIGHWAYS NEAR RICKREALL | 
RICKREALL ROCK PRODUCTION | 


Independence Sand & Gravel Company $10, 500,00 

w. C, Hill 10,986.00 ‘ 

C. W. Reeve 11,830,00 | 

J. F. Ulrich 14, 667,50 | 
movis 1941 | 
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Proposed purchase of Gilbaugh tract:- The Parks Superintendent 
advised that a Mr. J. H. Gilbaugh is the owner of a tract of land 
situate between the Columbia River Highway and the 0.W.R. & N. rail- 
road at Crown Point, and that Mr. Gilbaugh is of the opinion that 
this property is valuable to the state not only from the scenic 
standpoint, but also from the road-building standpoint, because it 
consists largely of solid rock formation, which he believes can be 
used to good advantage in such work. The Parks Superintendent ad- 
vised that so far as he is concerned the property is valuable only 
from the scenic standpoint, and if it could be purchased at reason- 
able cost he would recommend that it be acquired. He further ad- 
vised that the removal of rock from the property would have a very 
damaging effect from the scenic standpoint. After discussion the 
Comaission ordered further investigation of the property by the En- 
gineer, the Attorney and the Parks Superintendent, which investiga- 
tion shall include a joint inspection of the property. 


Purchase of Short Sand Beach C.C.C. Camp Site:- The Parks Super- 
intendent advised that this camp site, which contains 11 acres, is 
situate adjacent to the Oregon Coast Highway about three miles west 
ef the town of Nehalem and that the property is owned by a Mr. E. B. 
Gresham who leased it to the state for a five-year period at an an- 
nual rental of 9120 with provision that the property might be pur- 
chased by the state, upon proper notice, for the sum of $1200, and 
with the understanding that the rentals previously paid by the state 
would be applied as part of this purchase price. He further explained 
that up to the present time there has been paid to lr. Gresham the 

sum of $270, so if the Yommission considers it advisable to purchase 
the property outright it would have to pay Mir. Gresham only $930 at 
the present time. He recommended purchase of the property for use 

in connection with the further development of Short Sand Beach by 
C.C.C. forces and, in this connection, advised that he has a five- 
year program arranged for C.C.C. forces overating from this camp. 

The Commission approved the purchase of the property. 


Proposed monument in Cascadia Park:~ The Parks Superintendent 
presented a request from Mr. W. L. Jackson, owner of the Albany 
Democrat-Herald, for permission to erect a monurg-t in Cascadia 
Park honoring the late Joseph Ralston, of Albany, who pioneered in 
this district and was one of the main leaders in the interests of 
the Santiam Highway construction. The Commission ordered that the 
matter be referred to Mr. Lewis A. McArthur, Chairman of the His- 
torical Marker Committee, for recommendation, it being understood 
that the Commission would approve the project if Mr. McArthur so 
recommends. 


PAS Oars 7a 


Proposed soil conservation district, in Lane County:- The 
Parks Superintendent advised that the Port of Siuslaw is endeavor- 
ing to form a soil conservation district to control the shifting 

sands along the coast line in the vicinity of Florence, and is de- 
sirous of including in this district Jessie M. Honeyman State Park, 
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Chairman Cabell explained the Commission's attitude with respect thereto, and 
the reasons why the Commission cannot grant the request, particularly point- 
ing out that the 1941 Oregon Legislature voted down a bill that would have 
authorized movements of this kind. He further advis that the Commission is 
now giving this matter serious study, the results of which will determine 
whether or not permits for such movements will be granted. He agreed to noti- 
fy Mr. McCarty when final action is taken. 


The State Parks Superintendent, Mr. S. H. Boardman, was present and 
reported on the following state park matters: 


Park budget matters:- The Parks Superintendent presented a status 
report on the park budget which was approved by the Commission by unani- 
mous vote. (See report dated dated November 1, 1941, in general file.) 


Purchase of Kvavle property adjacent te the Upper Columbia River 
Highway at Shell Mountain:- The Parks Superintendent reported the tak- 
ing of an option for the purchase of this property, a portion of which is 
at the rate of $75 per acre, the balance at $45 per acre, total $1,775. 
The Assistant Attorney, who was present, questioned the unit price as be- 
ing considerably in excess of the prices heretofore paid for other prop- 
erty in that vicinity, After discussion the Vommission decided not to 
close the option at this time. It was agreed, however, to reconsider 
the matter after the survey for a revision of the highway has been made, ( 
such reconsideration to be from the standpoint of right of way acquisi- 
tion and acquisition of additional land for wayside protection. 


The Cove State Park:- The Parks Superintendent asked the Commis- 
sion to approve the renewal of the lease obtained from the federal gov- 
ernment covering government-owned lands in this park. The considera- 
tion is $10 per year for the 2,800 acres involved. The Commission ap- 
proved the request. 


Acquisition of juniper wayside strips:- The Parks Superintendent 
presented a form of agreement between the United States Department of 
Interior and the State of Oregon providing for cooperation between these 
bodies in the protection and preservation of juniper waysides in East- 
ern Oregon, particularly along Oregon Highway No. 20, between Bend and 
Horse Ridge, along Oregon Highway No. 28, between Redmond and Powell 
Butte, and between Redmond and Sisters. He explained that Mr. Nic Monte, 
Regional Director of the United States Grazing Service, is anxious to 
preserve the juniper trees and has suggested such form of agreement 
covering the matter, in which agreement the state is simply asked to 
assist the Department of Interior in the control of this class of tim- 
ber. He explained that the state's obligation, under the agreement, 
is simply to supervise and that no expense will be involved so far as 
the state is concerned. After discussion the Commission approved the 
provisions of the agreement but deferred signing the same until they 
have been approved by the federal authorities. 
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Mr. M. H. Lyons, Portland, was present and requested authority to 
transport turkeys from Portland to California points in special truck equip- 
ment which is legal in the state of California but is not in the state of 
Oregon, being 60 feet overall in length. He alleged that the cost to ship 
the turkeys to California by methods that he is now using costs about four 
times as much as it will cost to transport them by this special equipment. 
Furthermore, the time consumed in moving these turkeys under the present 
method is considerably more than by the proposed method. He particularly re- 
quested authority to move three loads of turkeys during the Thanksgiving 
holiday period as a trial proposition, explaining that he has arranged with 
a turkey grower in California to move them in special equipment of the type 
he has in mind, He indicated that it was his intention to purchase similar 
equipment if the test run proves satisfactory, and the Commission will grant 
him the necessary permit to operate it on Oregon highways. Chairman Cabell 
expressed regrets that the Commission cannot grant the permit, in view of 
the action taken by the 1941 Oregon Legislature, when it voted down a bill 
which would have permitted operation of equipment of this size over the high- 
ways of this state. He also advised that the Commission is now studying this 
problem seriously in an endeavor to find a solution whereby it could legally 
authorize such movements, Mr. Lyons then urged the Commission to grant his 
permit for one experimental load. The Comission took the matter under ad- 
visement. (The matter was reconsidered later in the session, at which time 
the Secretary was instructed to inform Mr. Lyons that the Commission could 
not see its way clear to grant the request.) 


The Commission adjourned at 12:00 noon and reconvened at 2:30 p.m. 
in the same room with all Commissioners, the Engineer, the Attorney and the 
Secretary present, after having conferred with certain Portland city officials 
in the city hall relative to the Market Building on Front Avenue. (See memo- 
randum, prepared by the Attorney, in files, for details of this conference.) 


The Commission discussed a letter from Mr. Earl Reynolds, Secretary 
of the Klamath County Chamber of Commerce, with respect to the proposed im- 
provement of South Sixth Street, Klamath Falls. The Commission decided to 
discuss this project thoroughly at its meeting in January, 1942, and instruct- 
ed the Engineer to so inform Mr, Reynolds. 


The Engineer reported a request from the United States Army offici- 
als for the use of certain state-owned property adjacent to the Old Oregon 
Trail, opposite the Pendleton airport, for recreational purposes. He recom- 
mended approval of the request. The Commission approved the recommendation 
subject to the condition that the matter be covered by written agreement, 
which will provide for the return of the property to the state when the army 
no longer requires it for the purpose intended, 


The Attorney reported the results of his investigation of the claim 
of Mrs. John Thomson for damages to her property arising out of the construc- 
tion of the Nyssa underpass. He advised that he inspected the property and 
it is his opinion that very little, if any, damage was done to the property 
by reason of the highway improvement; furthermore, it is his understanding 
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consisting of 522 acres, as it was thought that this would assist 
greatly in the formulation of the district which requires the affir:- 
ative vote of 60 per cent of the acreage included in its boundaries. 
The Port of Siuslaw, he said, wants the Highway Commission to sign a 
petition creating the district. The Commission decided not to join 
the district unless it is absolutely necessary that it do so. 


Proposed state park at Wilhoit Springs:- The Parks Superintend- 
ent delivered to Chairman Cabell a personally-written report on the 
adaptability of Wilhoit Springs for state park purposes, for his use 
in replying to United States Senator Rufus Holman, who has requested 
the establishment of a state park at this place. (See files of State 
Parks Superintendent for contents of report.) 


The State Parks Suverintendent requested instructions whether or not 
to allow Reverend D. V. Poling and Mr. F. H. Pfeiffer, of Albany, to continue 
to maintain private residences in Cascadia Park. It appears that they have 
been notified to vacate the premises, but they do not want to do so until they 
have had an opportunity to discuss the matter with the Comaission. The Attor- 
ney advised that these gentlemen are represented by Mr. Willard Marks, of Al- 
bany, who expected to be present at this meeting of the Commission, but was 
unable to attend. Action on this matter was accordingly deferred by the Com- 
mission until Mr. Marks is present. 


The Attorney brought up for reconsideration the controversy concern- 
ing the purchase of land needed as right of way for the Wolf Creek Highway 
across the property of Mir. B. F. Friday, in Washington County. He stated 
tnat he offered Ur. Friday $175 for the land, including right of access to 
the highway, but his offer was refused, and he is informed by Hr. Friday's 
attorney, Mr. Tongue, of Hillsboro, that Mr. Friday would not accept less 
than 3475. He recommended condemnation of the property. The Commission ap- t 
proved the recommendation. 


The Commission discussed the claim of the Phoenix Iron Works, Port- 
land, for damages to its property at the north end of the Union Avenue via- 
duct. The company alleges that its property was damaged by reason of the con- : 
struction of the highway improvement in front of its premises, which improve- } 
ment was completed July 30, 1937, and is now requesting payment from the state 
for such damage. Chairman Cabell recited the history of the case. in the % 
discussion that followed, the question arose whether or not the Phoenix Iron § 
Works has been damaged sufficiently to justify the opening of the case and 
tie payment of the claim. Mr. Cabell stated his inclination to refuse to pay 5 
the claim. He suggested, in any event, an investigation to determine the ac- fe 
tual amount of the damage which might have nad some effect on a rearrangement 
of the company's plant facilities. The matter was considered at some length 
and the following action taken: the Engineer was instructed to have an in- 
vestigation made of the premises to determine whether or not the company had 
an outlet on the street on the opposite side of the company's plant from tle 
highway before the highway improvement was made, and to look into the records 
to determine definitely whether or not the state paid for the paving of such 
street at the tine that the Union Avenue project was constructed. Such report 
is to be rendered to the Commission at its December meeting. 
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affected by the change, The Comission deferred action on the matter until 
some future time, in view of the fact that the highway improvement is not 
scheduled for early construction. 


At 3:00 p. m. Chairman Cabell announced the following awards of 
contracts for which bids were received at the morning session, such awards 
having previously been approved by the Commission by unanimous vote: 


"Klaskanine Summit-Jewell Rock Production Project on the Nehalem 
Secondary Highway, in Clatsop County. Requires approximately 8,000 
cu. yds. crushed rock in stock piles. Five bids were received for 
this project, the low one being that of A. 4. Saxton & Son, Corvallis, 
in the amount of $16,160.00, and the second-low being that of Fisher 
Bros., Oregon City, in the amount of $16,800.00. The Commission 
awards the contract to the low bidder, A. H, Saxton & Son, at their 
bid of $16,160.00, 


"Halsey lock Production Project on the Pacific Highway East and 
Hs lsey-Sweethome Yecondary Highway, in Linn County. Requires approx- 
imately 15,000 cu. yds. crushed rock in stock piles. Ten bids were 
received for this project, the low one being that of A. H. Saxton & 
Son, Corvallis, in the amount of $22,840.00, and the second-low being 
that of R. 0. Dail & Warren Bros., Portland, in the amount of $23,330. 
The Commission refers all bids received to the Engineer with power to 
award the contract to the low bidder, A. H. Saxton & Son, when cer- 
tain conditions have been fulfilled. 


"Illahee-Steiwer Hill Section of the Pacific Highway East, in 
Marion County. 2.22 miles grading and paving. C. J. Montag & Sons, 
Portland, submitted the low bid for this project in tie amount of 
148,028.50, using asphalt. They did not submit a bid based on the 
use of tar. E, C. Hall Company, Eugene, submitted the second-low 
bid in the amount of $151,997.50, using asphalt. No bid was received 
from this company for the use of tar. There were two higher bidders, 
The Comaission awards the contract to the low bidder, C. J. Montag 
& Sons, at their low bid of $148,028.50, based on the use of asphalt, 


"Interstate Bridge-Oregon Slough Section of the Pacific Highway 
East, in Multnomah Vounty. 0.27 mile roadbed widening. Only two 
bids were received for this project, the low one being that of Porter 
W. Yett, Portland, in the amount of $3,820.00, and the other being 
that of S. S. Montague, Portland, in the amount of 34,097.00. ‘he 
Comaission refers all bids received for this project to the Engineer 
with power to award the contract to the low bidder, Porter W. Yett, 
when certain conditions have been fulfilled, 


"Rickreall “ock Production Project on state highways near Rick- 
reall, in Polk County. Requires approximately 6,000 cu. yds. crushed 
rock or crushed gravel in stock piles. The low bid for this project 
was submitted by the Independence Sand & Gravel Company, Independence, 
in the amount of $10,500.00, The second-low bid was oan by 
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that the sidewalk elevation in front of her property is now the same as it was 
before the street was rebuilt. He gave as his opinion that the state is not 
liable in the case. He recommended, however, construction of an approach to 
an adjoining lot owned by Mrs. Thomson on which she proposes to build a ser- 
vice station, so as to permit ingress and egress from the highway, The Com- 
mission approved the recommendation. 


The Commission discussed a communication from Mr. Edward E. Sox, 
attorney, Albany, who has requested, in behalf of certain people who own prop- 
erty adjacent to Waverly Lake at Albany, permission to enter upon and improve 
the state land lying between their properties and the edge of Waverly Lake, so 
as to provide a continuous plan of beautification. The Commission denied the 
request as a matter of policy. 


In this connection the Engineer repoited that the Albany Chamber of 
Commerce, which conducted a log-rolling contest in Waverly Lake on July 4, 1941, 
cleaned up the park premises satisfactorily after the celebration with the ex- hs 
ception of removal of two high poles which were used in connection with the a 
log-rolling event. The sponsors, he said, have asked permission to leave the 
poles in their present location, so they can be used again next year for simi- 
lar purposes, inasmuch as they plan to make this log-rolling contest an annual 
event. The Commission considered that the poles detract greatly from the 
beauties of the park, and accordingly denied the request and ordered the poles 


removed. % 

The Commission discussed the advisability of selling certain state- vf 
owned property situate adjacent to the Warm Springs Highway at the Madras 
overcrossing ef the Union Pacific railroad. The Attorney advised that two 
offers have been received, one from a Mr. Howard W. Turner, of Madras, and the 
other from the Deschutes Grain and Feed Company of Redmond, The matter was 
discussed at some length but action thereon was deferred by the Commission 
pending further investigation and recommendation from the Attorney and the 
Engineer, in accordance with the Commission's established policy covering 
matters of this kind, Such report is to be rendered at the next meeting of 
the Commission. 


The Attorney reported briefly on matters pertaining to the acquisi- 
tion of right of way needed for the proposed improvement of the Columbia River 
Wighway, past the Celilo Indian village, in Wasco County. He suggested that 
it would be advisable to move this Indian village to some other location satis- 
factory to the Indians, the state to purchase the new site and deed it to the 
Indians in exchange for the property desired from the Indians. Construction 
Engineer H. G. Smith advised that a satisfactory site, containing 40 or 50 
acres of land, is available nearby. After discussion the Commission referred 
the matter to the Attorney, with instructions to secure an option for such 
site, if possible, the intention being to exchange this land for the Indian 
property, if such an arrangement can be effected. 


The Commission discussed briefly the matter of adopting a permanent 
location for the Green Snrings Highway, near the city limits of Klamath Falls, 
as an accommodation to a Mrs. Hecker, Klamath Falls, whose property will be 
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to advertise the building for sale, in view of the fact that the state's con- 
tractor is ready to enter upon the property on which the building is located. 
The Engineer gave as his thought that the wrecking of this building was in- 
cluded as one of the items in the contract for the road work, The Commission 
offered no objection to the sale of the building to Judge Cook but considered 
it advisable for him to obtain it through the state's contractor. 


The Commission discussed the matter of disposal of the Knapp Hotel 
building in Port Orford, which was purchased in connection with the acquisi- 
tion of right of way for the improvement of the Oregon Coast Highway at this 
place, It was brought outin the discussion that an offer has been received 
for the purchase of this building; also that the Oregon Roadside Council 
wants the building preserved on account of its historic background. The Com- 
mission deferred a definite decision on the matter; however, ordered that the 
prospective purchaser and the Oregon Roadside Council be informed if the Com- 
mission later on decides to sell the building. The Engineer was instructed 
to board up the windows of the building securely, so as to prevent vandalism 
so far as is possible. 


The Attorney brought up for discussion a request from a Mr. Emil 
Henskie for fence construction along the right of way of The Dalles-Califor- 
nia Highway in front of his property, situate a short distance south of the 
town of Madras. He advised that Mr. Henskie's property was formerly owned 
by Jefferson County, from whom the right of way for the highway was acquired, 
the consideration being $1.00. Mr. Henskie, he said, is asking for a fence 
inasmuch as the state constructed fences along the adjoining property as a 
right of way consideration. He further advised that he consulted Ex-County 
Judge W. R. Cook, who was a member of the County Court when the state ac- 
quired the right of way, and it is Judge Cook's remembrance that the Commnis- 
sion agreed to build the fence; however, that was not done, and there is 
nothing in writing to indicate that it is a state obligation. In the dis- 
cussion the question arose whether or not Mr. Henskie paid the county less 
for his property than he would have had to pay if the fence had been built. 
The Commission appeared inclined to accept Judge Cook's statement, but de- 
ferred final action on the matter pending further investigation by the At- 
torney as to the price paid by Mr. Henskie. The Commission indicated that 
it would authorize the fence construction if the present county court will 
support Judge Cook's contention, and provided Mr. Henskie did not pay the 
county less for the property on account of the lack of the fence. There is 
also a question whether or not the obligation to build the fence, if such 
obligation exists, is in favor of the county rather than Mr. Henskie. The 
Attorney was instructed to ascertain tle additional facts and report back 
to the Commission. 


The Secretary presented a letter from the Oregon Roadside Council 
offering suggestions relative to the acquisition of roadside strips along 
state highways. Chairman Cabell read the letter aloud. After discussion 
the Secretary was instructed to acknowledge the letter, and to advise the 
Roadside Couneil that the Highway Commission heartily appreciates the sug- 
gestions contained therein, and will carry them out to the best of its 
ability, insofar as funds are available, because the suggestions are in 
conformity with the Commission's ideas with respect to such matters. 
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W. C. Hill, Independence, in the amount of $10,986.00. There were 
two higher bidders. The Commission awards the contract to the low 
bidder, Independence Sand & Gravel Company, at its bid of $10,500.00. 


"Gerking School-Athena Section of the Athena-Holdman Secondary 
Highway, in Umatilla County. 2.97 miles grading, surfacing and oil- 
ing. R. 0. Dail & Warren Bros., Portland, submitted the low bid in 
the amount of $26,288.50, and Rogers Construction Company, Dayton, 
Washington, submitted the only other bid, in the amount of $29,014.00. 
The Commission awards the contract to the low bidders, R. 0. Dail & 
Warren Bros., at $26,288.50. 


"Sylvan-"est Slope Section of the Tualatin Valley Highway, in 
Washington County. 1.44 miles grading and paving. Porter W. Yett, 
Portland, submitted the low bid,in the amount of $100,664.50. Jacob- 
sen-Jensen Company, Portland, submitted the second-low bid, in the 
amount of $101,862.00. There was one higher bidder. The Commis- 
sion awards this contract to the low bidder, Porter W. Yett, at his 
bid of $100,664.50." 


Mr. Chester McCarty, attorney, Portland, reappeared before the Com- 
mission at this time relative to the request of Messrs. Ben Liskey, Dan Lis- 
key and Richard Hinsel, for permission to operate over Oregon highways cer- 
tain special motor equipment, involving gross loads of 68,000 pounds. He was “ 
again informed that the Commission cannot authorize a permit today for reasons ( 
previously stated, but hopes to be able to make its decision relative to tis 
problem within a month or so. 


The Attorney brought up for discussion the matter of acquiring from 
Ylamath County a gravel pit situate in Section 10, Township 41 South, Range 
10 East, W. M., for use in connection with the improvement of the Klamath 
Falls-Merrill Section of the Klamath Falls-Malin Highway. He was instructed 
by the Commission to discuss this matter with the county court and report the 
results thereof. 


The Commission discussed an arrangement with the Klamath Falls 
School District for an exchange of lands so as to secure certain right of 
way needed for the proposed South Sixth Street improvement, Klamath Falls. 
The arrangement provides for the deeding to the school district of a portion 
of a state-owned stock-pile site situate adjacent to the Ashland-Klamath Falls 
Highway, in Section 13, Township 39 South, Range 8 Bast, W. 14., and for the 
deeding to the state by the school district of certain school land adjacent 
to South Sixth Street, Mlamath Falls. Such exchange of properties was ap- 
proved by the Vommission by unanimous vote. 


The Attorney requested instructions relative to the disposal of a 
small building on property acquired from Lester Pummill, Madras, as right of 
way for the improvement of the Warm Springs Secondary Highway. He advised 
that Sx-County Judge W. R. Cook has offered 910 for this building; also, that 
in his estimation it would cost the state more than such amount to wreck the é 
building. He recommended accentance of the offer, because it is now too late 
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of way for this improvement it was necessary to buy Mrs. Sheridan's entire 
tract and that was done with the understanding that the portion that was 

not needed by the state would be sold to adjoining property owners. He rec- 
ommended the acceptance of the offer which, he said, would be cash, in the 
amount of $239.25. The Commission approved the sale on such basis. 


The Attorney requested instructions relative to the renewal of the 
several hospital contracts covering state highway department employees. He 
presented a letter from Mr. C. C. Bechtold, Manager of the National Hospital 
Association, advising that on account of the increasing cost of medical sup- 
plies and hospitalization, it may be necessary to raise the rate for provid- 
ing this service, and requesting a modification of the present agreement to 
provide that such increase in rate can be put into effect on 30-days' notice. 
After considerable discussion, the Attorney was instructed to ask Mr. Bech- 
told to submit a definite rate at this time for 1942, so as to give employees 
an opportunity to decide whether or not they wish to continue receiving such 
service in the company. It was the thought of the Commission that the form 
of contract with the several companies should continue to be uniform in every 
respect, except as to rates, and that each company should decide for itself 
a definite price that it would ask for such service for a definite term. (Mr. 
Bechtold and Mr. Walter J, Page, his assistant, appeared before the Commis- 
sion later in the session in regard to this matter. See ahead.) 


The Attorney reported a complaint from Mr. Ormond R. Bean, Public 
Utilities Commissioner, that log-hauling operators, who transport logs across 
the Pacific Highway in Canby, do not respect the rules that require them to 
stop before crossing the Southern Pacific Company's railroad tracks at this 
place. Mr. Bean, he said, is of the opinion that stop signs should be placed 
at the railroad crossing. ‘he Engineer advised that the road between the 
highway and the railroad tracks is either a county road or a city street; 
hence is without the jurisdiction of the State Highway Commission. The Com- 
mission authorized the erection of the signs if the request comes from the 
county court. 


The Attorney reported briefly on the proposal of Senato7 F. M. 
Franciscovich of Astoria, for the installation of special traffic scales 
near the Wolf Creek Highway junction with the Oregon Coast Highway, in Clat- 
sop County, for the use and benefit of log haulers. The Commission discussed 
the matter at considerable length but deferred action until some time next 
year, 


A letter was presented from Mr. Marshall M. Dana, Portland, Chair- 
man ‘of the Battleship Oregon Commission, with respect to the installation of 
a light in Battleship Oregon Marine Park, which is now being developed and 
and beautified in conjunction with the Front Avenue Project, Portland. Mr. 
Dana advised that he has been in communication with the Commander of the 
United States Coast Guard, Seattle, with respect to securing a lighthouse 
lens for. such purpose and it appears that such a lens is available at North 
Head Light Station at the entrance to the Columbia River. Mr. Dana suggested 
that the lens be inspected by the Commission's Landscape Engineer, and if 
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The matter of purchasing outright Camas Mountain State Park on the 
Coos Bay-Roseburg Highway, in Douglas County, which property is now under Jease 
from the federal government, had the attention of the Commission. The Commis- 
sion confirmed the decision reached at the previous meeting, approving the pur- 
chase of this park, and thereupon signed a petition directed to The Honorabi- 
Secretary of the Interior, Washington, D. C., with respect thereto. 


The Commission discussed and approved the vacation of a certain dead- 
end street in the city of Cottage Grove, which street fronts on state-owned 
property in this town, described as Lots 3 and 4, of Block 22. A petition af- 
fecting such vacation was thereupon signed by the Commission. The Secretary 
was authorized to sign the certificate of acceptance in connection therewith 
in behalf of the Commission. 


The Comaission approved and ordered filed county resolutions, as 
follows, disposing of abandoned parcels of old state highway right of way: 


Resolution from Washington Count; -etaining for public road 
purposes certain portions of the old -.ght of way of the Middleton- 
Newberg Section of the Pacific Highway West, heretofore abandoned by 
the Highway Commission as a state highway. 


Resolution from Lincoln County retaining for county road pur- 
poses a small portion of the Waldport-Scott Creek Section of the 
Alsea Highway, heretofore abandoned by the Highway Commission as a ( 
state highway. 


The Attorney reported results of further negotiations with a Mr. 
Harry Mercer with respect to the purchase of a triangular tract of land at 
the intersection of Union Avenue and Denver Avenue, Portland. He advised 
that Mr. Mercer originally agreed to accept $50 for this area, if the Commis- 
sion would allow the Standard Oil Company, which is leasing adjacent property, 
the use of a nine-foot strip of highway right of way. However, Mr. Mercer is 
now willing to deed the triangular tract to the state without charge, although 
he still wants permission for the Standard Oil Company to use the nine-foot 
strip for the parking of cars, et cetera. After discussion the Commission ap- 
proved the arrangement, and authorized the Attorney to inform the Standard 
Oil Company that the Commission has no objections to the company rearranging 
its facilities at once notwithstanding that some little time may elapse be- 
fore the exchange of deeds is effected. 


In this connection the Engineer requested authority to channelize 
traffic at this intersection. He explained that it is a very dangerous inter- 
section and the control of traffic by channelization is essential to traffic 
safety. He estimated the cost of the work at $7,000. The Commission approved 
the project by unanimous vote. 


The Attorney reported an offer from Mary Eastman and R. A. Eastman, 
Jr. to purchase a portion of the property that was acquired from Mrs. Sadie 
Sheridan in connection with the improvement of the Dillard Section of the { 
Pacific Highway, in Douglas Couity. He said that in order to acquire right 
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The Commission also reconsidered the bids received by the Board of 
Control, heretofore discussed at this meeting, for furnishing three new pav- 
ing plants, and decided unanimously that it must not deviate from its long- 
established policy with respect to acceptance of the lowest qualified bid, 
and, in conformity therewith, decided to recommend to the State Board of Con- 
trol acceptance of the bid submitted by the Dallas Machine and Locomotive 
Works, provided no objections thereto are offered by Governor Sprague, who 
is to be consulted before notification is sent to the Board of Control. Chair- 
man Cabell was authorized to discuss the matter with the Governor. 


Messrs. C. C. Bechtold and Walter J. Page, representing the National 
Hospital Association, came before the Commission relative to the renewal of 
its contract with the Comnission, for furnishing medical service to state 
highway department employees. Chairman Cabell explained that the Commission 
previously had under discussion at this meeting Mr. Bechtold's letter request- 
ing modification of the present form of contract, so as to permit the company 
to increase its rate at any time on short notice. The Commission is of the 
belief, he said, that the contracts with the several hospital associations 
should be uniform in every respect except as to the price to be paid for the 
service rendered; also, that the Commission believes that a definite rate 
should be specified for such service and, if necessary to increase the rate, 
that sufficient time should be given the employees to make up their minds 
whether or not they wish to continue with the company. Mr. Bechtold declared 
that it is improbable that the National Hospit:? Association can continue 
giving service at the present rate, because the prices of medical supplies, 
doctors' fees, and hospitalization costs are rising and indications are that 
they will continue to rise; further, that the costs for such items during the 
past year increased thirty-three and a third per cent over those of the previ- 
ous year. He said that, in view of the circumstances, the company could not 
very well set a definite rate that would be in effect for all of 1942 without 
taking a chance on loss. After considerable discussion Chairman Cabell sug- 
gested renewal of the present contract at the present rate for a period of 
six months, or until June 30, 1942, with provision for automatic renewal of 
the contract at that time for the balance of 1942, unless an increase in rates 
is requested at least thirty days prior to that date; also, that, if an in- 
crease in rates is requested, department employees shall have ample opportun- 
ity to make a decision as to whether or not they wish to continue membership 
at the increased rate, and that no increase in rates will be permitted prior 
to July 1, 1942. The suggestion was approved by all parties, and the Attorney 
was instructed to prepare new contract forms in conformity therewith. 


A letter was presented from the Oceanside Community Club requesting 
the installation of signs along the roadway leading to the beach at Oceanside, 
warning autoists of the dangers of driving their cars on the ocean beach. The 
letter was referred to the Engineer for investigation and erection of the 
signs if he considers that advisable. 


The Commission also discussed a letter from the Tillamook Junior 
Chamber of Commerce, suggesting the erection of historical signs and markers 
on the Wilson River Highway and other highways in Tillamook County, pointing 
out historical locations. The Secretary was instructed to reply that the 
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found suitable that it be installed in the park. The Engineer was instructed 
to have such inspection made. 


The Commission discussed briefly and ordered filed a letter from the 
District Director of the Interstate Commerce Commission, Portland, with respect 
to the condition of the Pudding River Bridge on the Pacific Highway East, at 
Aurora. 


The Engineer reported the need to construct in the not distant fu- 
ture two small bridges on the North Plains-Sylvan Section of the Wolf Creek 
Highway, in Washington County, being bridges over McKay Creek and Rock Creek. 
He estimated the cost of each of these structures at $12,000 and advised 
that the bridges should be constructed so they will be available for traffic 
when the grading work on this highway west of North Plains is finished, which 
he estimated would be about August 31, 1942. The Commission authorized the 
inelusion of both bridges in the construction program for state funds, but de- 
ferred until later a definite allocation of funds for the same. 


The Commission discussed the Engineer's report on investigations 
that have been made of three county roads in Malheur County, which the county 
court wants placed on the state secondary highway system, being the Quaker 
Corner county road, Valley View and Clark Avenue county road, and the Enter- 
prise Avenue county road. The Engineer advised that inspection of these roads 
reveals that they do not qualify as state secondary highways, although they 
are eligible for the federal aid secondary highway system. The Commission de- 
cided not to place these roads on the state secondary system; however, agreed 
to give them consideration in the formulation of the next partial program for 
federal aid secondary highway funds. 


In this connection the Engineer reported receipt of a request from 
the Public Roads Administration for another partial program of federal aid 
secondary highway projects, in order to increase the total program to at least 
50 per cent of that allowed. The Commission took the matter under advisement. 


Reconsideration was given by the Commission to the matter of grant- 
ing permits for movements over state highways of loads 60 feet long and having 
a gross weight of 68,000 pounds. The Engineer suggested the adoption of the 
following rule for use hereafter in passing on requests for permits for over- 
sized and overweight movements: 


"No permits will be issued for movements of overdimension or 
overweight vehicles save and except for isolated movement of such 
loads which cannot be feasibly reduced to legal dimensions and/or 
weights. This does not apply to the movement of logs which move- 
ments are covered by special statute." 


The Commission tentatively approved the suggestion, but deferred a definite 


decision relative thereto pending consultation with Governor Sprague. Chair- 
man Cabell was authorized to act for the Commission in the matter. 
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in Section 11, Township 11 South, Range 13 East, Jefferson County. 
Right of way file No. 6606-A. 


Bargain and sale deed conveying unto 0. D. Rhoads and wife 
Lots 1 and 2, Block 7, Kincaid Park Addition to Eugene, Lane County. 
Right of way file No. 9662, 


Bargain and sale deed conveying unto Emil Duyck and wife 11.18 
acres of land, less roadway, situate in the =Zast oe Section 33, 
Township 2 North, Range 3 West, W. M., Washington County. Right of 
way file No. 6527-A. 


Bargain and sale deed conveying unto Curtis Hansen and wife 
0.34 acre of land situate in the NWZ of Section 29, Township 18 
South, Range 2 West, W. M., Lane County. Right of way file No.8922. 


Bargain and sale deed conveying unto George D. Saxton and wife 
two parcels of land containing 0.06 and 0.09 acre of land, respec- 
tively, in the NE of Section 9, Township 2 North, Range 4 West, 

W. M., Washington County. Right of way file No. 6260-A. 


Bargain and sale deed conveying unto Rose Utecht and Chris 
Utecht two parcels of land containing 0.79 and 0.04 acre, respec- 
tively, adjacent to the Wolf Creek Highway, in Lots 17 and 18, 
Block 45, North Plains. Right of way file No. 6535. 


Bargain and sale deed conveying unto Nathan Wise, trustee, 
550 sq. ft. of land situate in Lot 1, Block ll, MecClure's Addi- 
tion to Astoria. Right of way file No. 9303. 


There being no further business to came before the Commission at 
this time, the meeting was adjourned at 5:45 p. m. 


| ( 
State Highway Engineer Chairman 
Liv been cae Zar 2G CR 
Secretary Commissioner 
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highway department is now erecting historical markers along the Old Oregon 
Trail as an experiment on which it hopes to be able to adopt a permanent poli- 
cy with respect to such matters, and, until the results of this experiment 
have been studied, the Commission considers it inadvisable to spend state 
funds for markers in other localities. 


The Comaission sent the following telegram to each member of Ore- 
gon's delegation in Congress: 


Press reports indicate that Morgenthau has recommended 
to Congress cancellation of road funds to be made available next 
year. The Oregon State Highway Commission in session today most 
earnestly requests that you do all in your power to retain con- 
xressional authorization of federal road funds for next fiscal year, 
and that you endeavor to secure prompt appropriation of sufficient 
funds to carry on the work. 


The Commission considered and signed agreements, et cetera, as 
follows: 


Agreement with each of the following cities and towns providing 
for improvement of certain city streets that are not on state high- 
way routes: ; 


Brownsville Waldport Stayton 
McMinnville Seaside Freewater 
Monmouth Sheridan Vernonia 
Toledo Ione Tillamook 


Agreement with Malheur County providing for state maintenance 
of the Owyhee-Vale County Road (Lytle Blvd.) from its junction with 
the Nyssa-Adrian Secondary Highway, at Owyhee, to a place known as 
Cow Hollow, a distance of 6.01 miles. The state is to advance the 
funds to pay for the work, the county to reimburse the state later 
for the full amount of tie costs. 


Agreement with Sherman County and the City of Moro providing 
for the lease of a maintenance headquarters site in the town of 
Moro. 


Agreement with Harold A. Green and H. H. Kingrey and wife, dis- 
posing of their claim for damage to their property in the town of 
Nyssa, arising out of construction of the Nyssa underpass. Real 
property file No. 9387. 


Permit granting the Portland Traction Company authority to 
operate its trolley busses over certain state highway routes in 
Portland. 


Bargain and sale deed conveying unto the Pacific Power & Light 
Company, for the sum of $38.55, 3,855 square feet of land situate 
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10757 Dec. 18 Bids received on following projects and sale of buildings: 
Sisters Rock Production Pro ject; 
Wright Ranch-Milo Section, grad., surf., and oiling; 
Soda Mountain-Silvies Section, grad., surf., and oiling; 
Polallie Creek-Hood River Rock Production Project; 
Sun Dial Highway Section, paving; 
S. Unit, Enterprise-Forest Boundary Section, grad., surf., 
and oiling; 
Campbell Bridge-Hazeldale Section, grad., surf., and oiling; 
Porcupine Butte-Chichester Gulch Section, grad. and topping; 
Sale of residence building in North Salen; 
Sale of residence building in outh Salen. 

Baker County. Dooley Mountain Sestion, Baker-Unity Highway. 
Construction of guardrail considered, 

Harney County. Judge Nelson B. Higgs confers relative to 
plans for various highway improvements. 

Deschutes County, Terrebonne-Lower Bridge Road. Commis- 
sioner E. E. Varco confers relative to improvement. State 
agrees to proceed with improvement. 

Multnomah County. Portland. Request of Lambert Gardens to 
maintain signboards on state highway routes denied. 

Umatilla County. Delegation requests following: 

Directional sign at junction of Pendleton-John Day Highway 
and Old Oregon Trail, Pendleton. 

Pendleton-John Day Highway. Improvement requested, especi- 
ally Battle Mountain Section; 

Battle Mountain Section. Engineer instructed to stockpile 
sand at slippery points for use of log haulers. 
Intersection of Pendleton-John Day Highway and road lead- 
ing to Albee. Request for investigation approved. 

Tog hauling. Delegation requests following: 

Measurement of loads of logs by scale instead of by weight; 
Modification of penalty for transporting overweight loads. 
American Assn. of State Highway Officials. Commission not to 

be represented at meeting of Executive Committee at Chicago. 

Washington County. Hillsboro-Cornelius Pass Road. County re- 
quests improvement of 3.8-mile section. Request denied. 

Civil defense guard. Cooperation with state police to organ- 
ize and maintain approved. Increased budget ap roved. 

Jackson County. Plaza Corner, Ashland. Report on result of 
reappraisal of right of way. No acwtion taken. 

Delegation confers re project. (See P.10773) 

Lane County. Eugene-Springfield Project. Delegation confers 
relative to financial setup. No action taken. 

Log hauling. Request of W. F. Bingham for extension of per- 
mit to haul piling, Deadwood and Siuslaw Highways, approved. 
Policy re permits for overlength piling discussed. Cases 
involving more than 10 loads per month to be given indi- 
vidual attention. 
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Equipment. Purchases authorized as follows: 

One refrigeration plant for Silver Creek Falls Park; 14 pick- 
up trucks; one lighting plant for Pistol River Maintenance 
Station; 4 s-yard power shovels. 

Awards, Commission confirms following awards: 

Halsey Rock Production Project, A. H. Saxton & Son; 
Interstate Bridge-Oregon Slough Section, Porter W. Yett; 
Grant Creek-Powers Section, Coos Bay Dredging Company; 
Bugene-Judkins Point Section, Strong & Macdonald, Inc. ; 

Lake County. Lakeview. City requests oiling of strips 
along Western Avenue. Action deferred. 

Jackson County. Plaza Corner, Ashland. Delegation guaran- 
tees to secure reduction in cost of right of way. Project 
approved for construction. 

Clackamas County. irs. W. H. Tucker opposes construction . 
of new road extending up DuBois Canyon. 7 

Lincoln County. Alsea Highway. Waldport Chamber of Commerce 
urges modernization of remaining section. No action. 

Multnomah County. Portland. Request for installation of 
"stop and go" lights, on Sandy Boulevard, denied. 

Klamath County. Klamath Falls. City's request for lighting 
system along South Sixth Street denied. 

Tillamook County. Tillamook. Agreement with city disposing 
of state's claim for construction of Oregon Coast Highway. 
Submerged and tide lands. Request for contribution, for pur- 

pose of contesting congressional legislation, denied. 

Coos County. Viaduct, Coal Bank Slough. State to demand pay- 
ment from F. A. Greer and James Saint,for damage to handrail 

Multnomah County. Interstate Bridge, Portland. Request of 
Pacific Telephone & Telegraph Company for permit to place 
cable between towers of bridge denied. 

Claims. Payment of following claims approved: 

Gasoline obtained by W. B. Gaskins, Jr., with credit cards 
secured from stolen state car; 

Privately-owned bridge, Lane County. A. E. Gault Lumber 
Company claims damages for destruction. 

Permits. Resolution adopted, authorizing movements of over- 
sized equipment during present war emergency. 

Form of permit, for movements of defense goods, approved. 

Hospital association. Supplemental agreement with National 
Hospital Association, for 1942, approved and signed, 

Klamath County. Crescent Lake County Road. Request of county 
court for snow removal approved, County to pay cost. 

PUC permits. Commission to pay 50% of salary of man employed 
by PUC to handle permits. ' 

Permits. Oregon Coast Highway Assoc. protests authorizing 4 
increase in weights and lengths of commercial trucks. 7 

Josephine Vounty. Intersection of Redwood & Pacific Highways, 

Grants Pass. Further study of traffic hagard requested. . 

Fences. C. A. Brown, Pleasant Valley, suggests fencing main % 
highways in range counties to prevent livestock accidents. s 
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10763 Dec. 18 Img hauling. Procedure for issuance of special carrier per- 

mits approved, as agreed upon at conference, Dec. ll, 1941. 

10764 Yand steering devices for trailers. Ruling requiring such 
devices to be modified. 

Tandem axle truck and trailer equipment. Policy modified 
re taking up of PUC plates for overweizht loads. 

Malheur County. Nyssa-Adrian Secondary Highway. Request of 
Oregon Trail Grange, for improvement, denied. 

Klamath County. Klamath Falls. South Sixth Street. Engineer's 
report on cost to improve. (See P. 10770) 

10765 Bids. Policy re award of contracts approved as follows: 
Single bid. Contract to be awarded to bidder, if the bid 

does not exceed estimated cost by more than 10%, 
Two or more bids. Contract to be awarded to low hidder, if 
bid does not exceed estimated cost by more than 15%. 

Multnomah County. Sun Dial Secondary State “Highway 124. 
Resolution designating as secondary highway adopted. 

10766 Travel & Information De>vartment. Advisory Committee on Pub- 
licity Matters recommends suspension of advertising program, 
funds to be held intact for later expenditure. Approved. 

Yamhill County. Newberg-Mcliinnville Section, Pacific Highway 
West. Delegation requests widening of three sections,also 
widening of bridge at Newberg. 

10767 Tillamook County. Proposed Boyer-Dolph Road. Yamhill County 
delegation requests construction. 

Little Nestucca Secondary Highway, from Dolph to coast. Dele- 
gation requests completion. 

Awards. Chairman announces awards of contracts and sale of 
buildings. 

10769 Klamath County. The Dalles-California Highway. Stipulation 

re crossing government-owned lands at Algoma discussed. 

10770 Multnomah County. Troutdale-Airport Road. Delegation re- 
quests construction. Project approved if eligible for fed- 
eral funds. 

Klamath County. Klamath Falls. South Sixth Street. Con- 
struction on 80-foot right of way approved. 

Right of way. Closing of option on B. Frank Owens property 
authorized. 

10771 Radio Program; “Oregon on Parade." Report of Burton K. Hutton, 
KOAC, discussed and ordered filed. 

Union County. Oregon Trail Association requests consideration 
of certain highway projects in Union County. 

Umatilla County. Request for constfuction of road paralleling 
Weston-Elgin Hwy., for use of tractors, combines, etc., denied. 

Lane County. Territorial Secondary Highway. Request for im- 
provement of Lane-Benton Co. Line-Cheshire Section denied. 

Douglas County. Tiller-Trail Secondary Highway. Request for 
improvement from Tiller to Jackson County line denied. 

Tillamook County. Short Sand Beach Park. Improvement of 
parking area adjacent to Oregon Coast Highway approved. 
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10791 Dec. 18 Contracts completed and accepted, as follows: (cont.) 
Fulton Canyon-Locust Grove Section, 0. C. Yocom; 
Gilliam County Line-Umatilla Rock Production Project, 
A, S. Wallace. 
Meeting dates. January 15 and 16, 1942, confimned as next 
regular meeting date. (Later postponed to January 21, 1942.) 
1072 Agreements, etc., signed as follows: 
Linn County, providing for use by state of quarry site; 
University of Oregon, relative to construction of Eugene- 
Springfield ection; 
University of Gregon & Eugene Power Company, relative to 
reconstruction of Pacific Highway in Eugene; 
Carl Barclay, covering release of damage to property ad- 
jacent to state's gravel pit in Linn County; 
U. S. of America, Indian Service, cooperative agreement re 
construction of Sprague River Road, Klamath County; 
Carl li. Stevens and Arline Stevens, providing for lease of 
maintenance headquarters site at Newberg; 
Bonneville Power Administration, covering cutting of trees 
on highway property between Pendleton and La Grande; 
Clatsop County, covering repairs to Warrenton-Ft. Stevens 3 
Road; , a ¥ 
City of Tillamook, disposing of state's claim against city 
for construction of highway between First St. and north 
city limits, in 1931. 
City street improvements, as follows: Baker, Dufur, Eugene, 
Milton, it. Angel, Pendleton, Salem, Sandy; 
National Hospital Association, supplemental agreement cover- 
ing medical service to department employees in 1942; 
Consuelo Oregon Mines, covering dredging and mining opera- 
tions on right of way of Sumpter Valley Highway; 
Harry Mercer & Standard Oil Co., covering permit to use 
state-owned land at Union & Denver Aves., Portland; 
10793 Carl Bauers, easement to construct private roadway at Harris 
Beach State Park, Curry County; 
The Booth Land Co., covering renewal of stock-pile site 
lease on Roseburg-Myrtle Creek Section, Douglas County; 
Bargain and sale deed, conveying unto Irvin A. Gibbins two 
lots in. Eugene, Lane County; 
Bargain and sale deed conveying unto Washington County 1.68 
acres at North Plains; 
Bargain and sale deed, conveying unto R. A. Eastman, Jr. 
1.45 acres of land, in Douglas County; 
Bargain and sale deed, conveying unto Benton County, two 
acres of land. 
Multnomah County. Portland, Front Avenue Project. Status 
report on acquisition of right of way. 
104 Real property. Resolution authorizing acquisition. 
107998 Condemnation. Recommended offers. Resolution adopted: 
Right of way for: John Day-Burns Highway, Wasco-Heppner 
Highway, Oregon Coast Highway, Tiller-Trail Highway. 


Page Date 
1941 
10780 Dec. 18 


10781 


10783 
10785 


10786 


10787 


10788 


10789 


1090 


107991 


Sub ject 


Jackson County. Pacific Highway. Letter from county court 
abandoning portion of old right of way, previously abandoned 
by state. 

Coos County. Coquille. Letter from city concerning disposal 
of portion of Jurns Acres, previously abandoned by state. 

Lane County. Oregon Coast Highway. Resolution from county 
court retaining portion north of Florence, abandoned by state. 

Wallowa County Court. Wallowa Lake Highway. Resolution of 
county court abandoning portion of old right of way, hereto- 
fore abandoned by state. 

Union County. Union-Medical Springs Secondary Highway. Re- 
quest that highway be named "The Dunham Wright Trail" denied. 
Marion County. Salem School Board requests survey for rerouting 
of Pacific Highway, on account of Parrish Junior High School. 

Scrap steel. OPii advises that present method of disposing of 
steel is satisfactory, if prices fixed by OPM are observed. 

Surveys. List of surveys ordered since last meeting. 

Surveys. List of su®veys completed. Resolution adopted. 

Extensions of time, as follows: 
Coos Bay Dredging Company, Bandon Section; 
Porter W. Yett, Lombard Street-Killingsworth Street Section; 
Mcllutt Brothers, Sexton Mountain Section; 
D.C. & A. L. Williams, Wallowa Lake & Old Oregon Trail Hwys.; 
Chester T. Lackey, Cairo Junction-Adrian Section; 
Norris Brothers, Ochoco Creek Section; 
M. L. O'Neil & Son, Gilliam County Line-Zinter Ranch Section; 
Gales Creek Sand & Gravel Co., Vandehey & Van Dyke Sections; 
Porter W. Yett, Vollmer Creek & Necanicum Junction Sections; 
Warren Northwest, Inc., Crabtree Corner-Lebanon Section; 
The United Contracting Co., Astoria (Astor St.-Bond St.) Sec.; 
O. C. Yocom, Fulton Canyon-Locust Grove Section; 
E, L. Gates, Kimberly-Simas School Section; 
Warren Northwest, Inc., Middle Unit, Crabtree Yorner—Lebanon 

Section. 

Contracts completed and accepted, as follows: 
Bandon Section, Coos Bay Dredging Company; 
Lombard St.-Killingsworth St. Section, Porter W. Yett; 
Tillamook Rock Production Project, F. C. Feldschau; 
Sexton Mountain Section, McNutt Brothers; 
La Grande Kock Production Project, D. C. & A. L. Williams; 
Cairo Jct.-Adrian Rock Production Project, Chester T. Lackey; 
Gooserock Bridge, Averill & Corbin; 
Ochoco Creek Section, Norris Brothers; 
Gilliam County Line-Zinter Ranch Sec., M. L. O'Neil & Son; 
Vandehey & Van Dyke Sections, Gales Creek Sand & Gravel Co.; 
Dean Creek-Parker Creek Section, A. S. Wallace; 
Vollmer Creek & Necanicum Junction Sections, Porter W. Yett; 
Pendleton-Adams Section, M. E. Myers & Son; 
Astoria (Astor St.-Bond St.) Sec., The United Contracting Co.; 


rage Date 
1942 
10809 Jan. 5 


10810 


10811 


10812 


10813 


10814 


10815 


SS » 


Subject 


Wayside strips. Commission to defer purchase of additional 
roadside strips. 

Parks Department. Keduction in expenditures. Discussion 
deferred until Parks -uperintendent present. 

Personnel. To be reduced to minimum in departments affected 
by program of conservation. 

Federal funds. Distribution to various districts discussed. 
Engineer to report status of expenditures. 

Minor betterment work. To be deferred temporarily. 

Jackson County. Plaza Corner, Ashland. Considered vital 
project. Construction approved. 

Multnomah County. Columbia River Highway, through Parkrose 
District. Construction approved as vital project. 

Klamath County, South Sixth Street Project, Klamath Falls. 
Construction deferred. Right of way to be secured. 

Curry County. Gold Beach Project. Construction deferred 
pending consultation with local citizens. 

Right of way budget. Attorney to report at next meeting on 
status of budzet for unfinished work. 

Clatsop County. DeLaura Road. To be constructed as WPA 
project. State to purchase right of way. 

Tongue Point. Project to proceed on contract basis, as 
previously planned. 

Qld Oregon Trail Centennial. Curtailing of exnenses dis- 
cussed. 

Claim. Accident involving state car operated by John Smith 
Jackson. Damage suits by estate of deceased and by widow. 

Deschutes County. State to secure right of way on behalf of 
county for road across government lands. 

Permits. Oversized equipment. Resolution adopted at Decem- 
her 18 meeting discussed. Previous action confirmed. 

Log hauling. Request of C. H. Walter to transport overlength 
loads over Santiam Hwy., without providin,; flagmen, denied. 

Equipment. Paving plants. Engineer reports difficulties in 
securing priority rating from OPM. 

Umatilla County. Pendleton Airport Road. Telegram to Colonel 
Frank W. Wright, re use by army of property adjacent to road 
approved. Resolution adopted. 

Awards. Commission confirms following awards: 

Sun Dial Highway Section, Parker-Schram Company; 
South Unit, Enterprise-Forest Boundary Section, Rogers Con- 
struction Company; 

Multnomah County. Burgard Street Project, Portland. State 
to assume portion of city's share of cost. 

Project to be advertised for bids at next meeting. 

Washington County. Multnomah County Line-Forest Grove Section, 
Tualatin Valley Highway. Request for improvement denied. 

Malheur County. Nyssa. Chamber of Commerce inquires re pav- 
ing of Main St. and construction of storm sewers. City's 
water system plans to be studied by Mr. Van Scoy. 
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Page Date Subject 
1941 
10801 Dec. 18 Lane County. Eugene-Springfield Section. Settlement with 
Arthur D. Jones, for right of way, approved. 
Washington County. Wolf Creek Highway. Right of way contro- 
versy With B. F. Friday discussed. Action deferred. 
10302 Klamath County. Sprague River County Road. Agreement with 
U.S.Indian Service, re construction, approved. 
Washington County. Davies-Vadis Section, Wolf Creek Highway. 
Sale of 34 acres on south side of highway to be advertised 
for bids. 
Linn County. Topsoil pit southwest of Albany. Request of J. W. 
Goin for lease approved. 
Umatilla County. Pendleton airport. Request of U. S. Army 
officials for use of property opposite airport approved. 
Tillamook County. McNamers Camp, Wilson River Highway. Re- 
quest of Consolidated Timber Co. for permit to maintain 
service station on right of way approved. jgreement authorized. 


10803 Resolution adopted re disposal of right of way. 

16304 Douglas County. Pacific Highway, Watts Acres, Green Station. 
Coos Bay Lumber Co.'s request for vacation of certain streets 
approved. 


Umatilla County. Timber strips along Pendleton-John Day Hwy. 
between Desolation and Camas Creeks. Options to be secured. 


10805 Washington County. Nehalem Secondary Highway. Resolution 
abandoning portion of the highway adopted. 
10806 Park matters. Parks Superintendent reports on following: 


Polk County. Helmick Park. Relinquishment to army for use 
in connection with cantonment discussed. ; 
10807 Umatilla & Union Counties. Emigrant Park. Request of Pacific 
Telephone & Telegraph Co. to cut danger trees denied, 
Curry County. Port Orford State Park. Request of mining 
comanyto purchase park for chromite deposit. No action. 
Tillamook County. Short Sand Beach Park. Durchase of 42- 
acre tract from T. M. Collins considered. Action deferred. 
Clatsop-Tillamook County Line, Oregon Coast Highway.- E. W. 
Kruschke requests roadway easement. Denied. 
Damage claim. Attorney instructed to institute suit against 
E. W. Kruschke for damages cused by construction of un- 
authorized roadway through state park. 
10808 Curry County. Harris Beach Park. Request of Mrs. Anna Bar- 
clay to continue operation of restaurant in park denied. 
Mrs. Barclay granted six months in which to vacate premises. 
Jackson County. Casey State Park. Parks Superintendent re- 
ports that Mrs. Inez Van Dyke refuses to vacate state's 
1942 property. Attorney instructed to evict Mrs. Van Dyke. 
10809 Jan. 5 Funds.. Engineer makes recommendations for conservation of 
state highway funds. during present emergency. 
State prejects. Contracting of additional state-financed 
projects to be deferred for the present. 
Travel & Information Department. Expenditures for publicity 
purposes to be reduced. 


1942 
10822 Jan. 21 


Sub ject 


mua i> on following projects, ami sale of buildings: 
Cont. 

North Burgard Street, Portland, raving; 

Maintenance equipment shed at Tillamook; 

ae Ordnance Depot, undercrossing structure and approach 

road; 

Sale of building at North Plains; 

Sale of buildings at Eugene; 

Log hauling. Delegation from Clackamas County confers re 
log hauling on county roads. 

Overlength equipment. Transportation of overlength loads, 
between Cascadia and Lebanon, authorized, if flagmen used. 

Radio program: “Oregon on Parade." Delegation confers re- 
lative to continuance of KOAC program in 1942. 

Permits. Oregon Motor Transport Assn. and Arrow Transporta- 
tion Co. request permits for overlength equipment, between 
Washington state line and town of Umatilla. Action deferred. 

Multnomah County. Front Avenue, Portland. Delegation from 
Helen Kelley Manley Community Center inquires re plans for 
construction of additional unit at south end of project. 

Penalty reduction. E. L. Rigdon granted relief from penalty 
imposed on contract No. 2367, Okerman Ranch-Sagehen Hill Sec. 

Linn County. Albany. T. M. Gilchrist property. Edw. E. Sox, 
attorney, confers re right of way controversy, 

Lane County. Eugene-Springfield Section. Request of George 
P. Hitchcock for additional compensation for right of way 
refused. 

Deschutes County. Terrebonne-Lower Bridge County Road. County 
to do surfacing; state to oil. Credit to be given in future 
allocations to county. 

Baker County. Dooley Mountain Section, Baker-Unity Highway. 
Proposed construction of guard rail deferred. 

Lane County. West Springfield. Channelization of traffic at 
intersection of Pacific & McKenzie Highways approved. 

Claim. Clark Irving confers re settlement for damages to 
truck and trailer caused by highway department truck. 

Travel & Information Department. Advisory Committee's rec- 
omnendation, re 1942 budget, approved. 

Curry County. Port Orford Cedar Park. Mining company confers 
re purchase of park for chrome ore. Action deferred. 

Awards. Chairman announces award of contracts and sale of 
buildings. 

Clatsop County. Lewis and Clark Bridge. Remodeling traffic 
barrier. Work to be done with state forces. 

Building at North Plains, Washington County. Ordered wrecked. 

Buildings at Eugene, Lane County. Private sale authorized. 

Marion County. Niagara-Detroit Secvion, N. Santiam Highway. 
Delegation. State agrees to assume 50% of cost of mainten- 
ance, 


Sub ject 


10815 Jan. 5 Polk County. West Salem, Request for lighting system along 
state highway route denied. 
Military Roads. Program of projects approved, List to be 
transmitted to Public Roads Administration for approval. 
10817 Parks Department. Curtailment of expenses discussed. 
Linn County. Cascadia Park. Purchase of property from Geo. 
Geisendorfer approved. 
Douglas County. Umpqua Lighthouse tract. Purchase of 140 
acres from K. R. Richards approved. 
Linn County. Cascadia. Purchase of wayside strips from Rova 
E. Conn approved. 
Salmon River Highway. Purchase of 40 acres from Miami Corpora- 
tion approved. 
Purchase of James Churchill property deferred. 
Tillamook County. Purchase of fir timber land dsferred, 
Purchase of Collins property, Short Sand Beach, deferred. 
Pendleton-John Day Highway. Timber strips. Purchase deferred. 
Deferment of tree cutting to be secured if possible. 
Park betterment orders. List approved, for 1942 performance, 
10818 Park maintenance budget for 1942. Tentatively approved, 
10819 Curry County. Port Orford Cedar Park. Sale of park to mining 
company considered, 
Mining company to confer with Commission on January 2h. 
American Association of State Highway Officials. Payment of 
dues approved for 1942. 
legislation. Congressional bill, giving Interstate Commerce - 
Commission control over motor transportation, discussed. 
10820 Contracts. Request of contractors to be allowed to defer 
state work in order to work on army airports denied. 
Agreements, etc., signed as follows: 
City streets. Agreements for improvement of streets in fol- 
lowing cities: Burns, Cornucopia, Gresham, Jacksonville, 
Jefferson, Oakridge, Rainier, Canyon City, Enterprise, 
Gold Hill, Joseph, La Grande; 
Southern Pacific Company, covering Oak Hill Overcrossing, 
in Lane County; 
Bonneville Power Administration, covering pole line crossing 
of Old Oregon Trail at Orodell, Union County; 
Bargain and sale deed, conveying unto George D. Saxton, two 
parcels of land in Washington County; 
Permits authorizing taking of sand and gravel from certain 
Indian lands in Wasco County; 
Meeting dates. Regular meeting, scheduled for January 16 and 
16, 1942, postponed until January 21, 1942. 
10821 Jan. 21 Bids received on following projects, and sale of buildings: 
Maintenance equipment shed at Alsea; 
Lewis and Clark Bridge, remodel traffic barrier; 
Tongue Point Section, grading and paving; 
Boardman-Stanfield Section, surf., bit. macadam and cr. rock; 


ST 


Page Date Sub ject 
1942 , 
10842 Jan. 21 Condemnation. Recommended offers. Resolution adopted: / 
Right of way for Hood River Second. & John Day Highways. 
10844 Right of way expenditures in 1941. Asst. Attorney reports. 
Right of way budget for 1942. Estimated budget approved. 
10845 Jefferson County. Warm Springs Secondary Hwy. near idadras. 
Request of Emil Henskie for fence construction denied. 
Hood River County. Dee-Parkdale Section. Right of way 
settlement with C. F. Allegre approved. 
Lincoln County. Siletz Bay-Newport Section, Oregon Coast 
Highway. Purchase of H. L. Kuhl property approved. 
Douglas County. Winchester Bay. Timbered strips, Oregon 
Coast Highway. Frank J. Anlauf suggests preservation. 
10846 Washington County. Pacific Highway West through Tigard. 
Resolution adopted abandoning portion of old route. 
10848 Umatilla County. Pendleton Airport Secondary Highway. 
Resolution adopted abandoning portion of old right of way. 
10849 Penalty reduction. The United Contracting Co. granted re- 
lief from payment of penalty imposed on contract No. 2441, 
St. Helens Section. 
Surveys. List of surveys ordered since last meeting. 
10851 Extensions of time, as follows: 
Frank Penepacker, S. Unit, Algoma-Terminal City Section; 
W. D. Miller Construction Company, Lost River Section; 


10852. R. I. Stuart & Sons, Little Butte Creek-Cascade Gorge Sec.; 
Jacobsen-Jensen Company, Barbur Blvd.-Boones Ferry Road 
Section; 

10853 Berke Brothers, Deer Creek-Pellewue Section; 
Berke Brothers, West Sheridan Section; 

10854 Leonard and Slate, Dixie Summit Section; 


A. Milne, Long Creek-Fox Section. 
Contracts completed and accepted, as follows: 
Little Butte Creek-Cascade Gorge Sec., R. I. Stuart & Sons; 
10855 Tunnel Point-Rooster Rock Section, General Construction Co.; 
Deer Creek-Bellevue Section, Berke Brothers; 
East Dairy Creek Bridge, Frank Watt Construction Company. 
Meeting dates. February 19 and 20, 1942, tentatively set for 
next regular meeting. 
Agreements, etc., signed as follows: 
City streets: Oregon City, Glendale, Fairview, Fossil, 
Haines, Rogue River, Florence, ‘Reedsport, Prairie City, 
Huntington, Heppner, Myrtle Creek, Echo. 
Southern Pacific Co., covering installation of automatic 
grade crossing signals at Grants Pass, Reedsport & Sheridan. 
Sunnyhill School Dist., Coos County, authorizing construction 
of entrance gate to school grounds, near “auser. 
10856 Bargain and sale deed, conveying unto Eugene Power Company, 
1546 sq. ft. in Eugene. 
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Subject 

Jackson County. Trail Junction-McLeod Section, Crater Lake 
Highway. Request for improvement, Project deferred. 

Coos County. Coquille, Coos Bay-Roseburg Highway. Request 
of Wayne Watson for remedy of slide condition denied. 

Personnel. Salary check due Edgar V. Jones to be delivered 
to E. W, Dick, as per Mr. Jones's request. 

Awards. Commission confirms following awards: 

John Day-Burns Highway, M. L. O'Neil & Son; 
Wright Ranch-Milo Section, C. J. Eldon. 

Multnomah County, Steel Bridge, Portland, Furnishing of in- 
surance bond to railroad companies ceferred. 

Personnel, Advisability of employing Safety Engincer discussed. 
No action taken. 

Equipment. Purchase of three power hoists for use of bridge 
maintenance crews approved, 

Umatilla County. Pendleton Airport Road, Resolution re use 
of property adjacent to road, by U. S. Army, approved for 
insertion in January 5 minutes. 

Tillamook County. Wilson River Highway, Resolution, desig- 
nating width of right of way opposite land of Consolidated 
Timber Co., approved for insertion in Dec, 18, 1941, minutes. 

Permits. Request of Consolidated Freightways, Inc. for permit 
for movement of oversized equipment denied. 

Klamath County. Crater Lake Park. letter to E, P. Leavitt, 
re state highway route numbers within park, approved, 

Lincoln County. Corvallis-Newport Highway. County court ac- 
cepts jurisdiction over section abandoned by state. . 

Hood River County. Hood River Chamber of Commerce urges con- 
tinuation of state's publicity program. 

Electric power purchases. Effort to be made to secure relief 
from payment of federal taxes in connection with power pur- 
chases. 

Clatsop County. Tongue Point Project approved by PRA. Contract 
awarded to Erickson Paving Company at its low bid. 

log hauling. Elimination of PUC number of trailers from log 
hauling permits authorized. 

Washington County, Beaverton. Complaint re traffic hazard 
caused by power pole, on right of way. City to be asked to 
move pole. 

Clatsop County. Fishhawk Falls Secondary Highway. Wright 
Blodgett & Tidewater Timber Co, request certain reservations 
in connection with deeds conveying right of way. 

Park matters. Report of Parks Superintendent. 

Pendleton-John Day Highway. Timbered strips. Pilot Rock Lbr. 
Co. to defer cutting of timber as requested. 

Curry County. Port Orford Cedar Tract. Sale to mining com- 
pany considered, (See P. 10873) 

Parks Department. Financial report for 1941 approved. 

Real property. Resolution authorizing acquisition adopted, 


10877 


10878 
1087 


10880 


10881 


10882 


10883 


Subject 


Josephine County. Delegation requests designation of Merlin 
Market Road and Merlin Cut-off, as state secondary highway; 
also oiling of Merlin Road Section. Request denied. 

State highway system. No additional roads to be added to 
system, unless of emergency nature. 

Tillamook County, Garibaldi. Hequest of civic club for oil- 
ing of shoulders through town denied. 

Minor betterment work. Deferment of minor betterment work 
during present war emergency discussed. Action deferred. 

Surveys. List of federal aid survey projects presented. 

Commission decides not to approve additional projects. 

Curry County. Gold Beach, Oregon Coast Highway. Acquisition | 
of right of way for project discussed. No action taken. . ; 

Multnomah County. Swift Secondary Highway. Request of Swift 
& Co. for widening of section of highway denied. 

Lake County. Lakeview. Request for footpaths along Fremont 
and Klamath Falls-Lakeview Highways denied. 

Sidewalk construction. All such projects to be deferred for 
duration of war emergency. 

Deschutes County. Terrebonne-Lower Bridge County Road. Agrve- 
ment with county re improvement discussed. (See P. 

Multnomah County.. Portland. Lombard Street Secondary Highway 
No. 121. Abandonment resolution adopted, re portion. 
Cascade Secondary Highway. No. 160. Extension of highway 
from Sandy to Killingsworth Street. Resolution adopted. 

Umatilla County. Umatilla Ordnance Depot. Undercrossing 
structure. Commission confirms award of contract to F. R. 
Hewett. 

Yamhill County. Willamina. City markers. Request for per- 
mission to install at entrances to city denied. 

Washington County. Tigard, Pacific Highway West. Portion of 
right of way abandoned by state to be retained by county. 

Umatilla County. Old Pendleton Airport Highway. County court 
to assume jurisdiction over portion abandoned by state. 

Wheeler County. Heppner-Spray Secondary Highway. Agreement 
with Kinzgua Pine Mills Co. re construction of logging road. 

Claim. Theft of culvert pipe. Report on state's claim 
against Tom Bailey, Diamond, for theft of pipe. 

Claim. Mrs. Swan Bokvist claims damages for personal prop- 
erty destroyed by fire caused by maintenance crew's burning 
operations. 

Radio program. "Oregon on Parade." Question of contributing 
funds for KOAC radio program during 1942 discussed. 

Klamath County. Klamath Falls. South Sixth Street. A. u. 
Uollier requests construction of parting strip 16' wide. 

Moorman forgery case. Resolution adopted, exonerating Engi- 
neer from liability.. Suit not to be brought against Ladd 
& Bush Bank. 

R. H. Baldock, State Highway Engineer, reappointed for four- 
year tern. 


Page Date Subject 
1942 

10856 Feb. 13. Jackson County. Medford. Delegation confers relative to 
rerouting of Pacific Highway, through town, 

10858 Resolution adopted. 

10859 Front Avenue, Medford, to be studied as alternate route. 

Jackson County. Delegation confers re plan.to control traffic 

along Crater Lake Highway and on county road. 


10860 Resolution adopted re maintenance of county road and one-way 
traffic on Crater Lake Highway. 

10861 Clatsop County. Delegation re county's indebtedness to state. 
County to be given credit for donations of right of way. 

10862 Gearhart. Approach road to beach. Feasibility of construc- 


tion by county discussed. 

Claims. Collection of claims against following cities dis- 
cussed: Beaverton. City refuses to pay, constitutional 
time limit having expired; 

Vale. City refuses to pay, alleging counterclaim for water 


and gravel. 
Real property. Resolution authorizing acquisition. 
10870 Corfiemation. Recommended offers. Resolution adopted: 


Right of way for: DeLaura Beach Road connection; Klamath 
Falls-Lakeview Highway; and Hood River Secondary Highway. 
10873 Coos County. North Bend, Oregon Coast Highway. P. iM. Ross 
right of way contrversy discussed. Condemnation authorized. 
Marion County. Pacific Highway. Request of A. Schweinfurth 
to lease 70-acre tract, south of Salem, denied. 
Curry County. Port Orford Cedar Park, Form of agreement cov- 
ering sale of park to mining corporation approved, : 
Clackamas County. Oregon City. Lease of moorage right to 
Crown-Zellerbach Corporation approved, 
10874 Jefferson County. Sale of state-owned property adjacent to 
Madras Overcrossing, Warn Springs Highway, approved. 
Clatsop County. Tongue Point, Columbia River Highway. U. S. 
liavy to be granted easement across portion of right of way. 
Claim. Phoenix Iron Works claims damages to property, arising 
out of construction of Union Avenue Viaduct, Portland. 
Park matters. Parks Superintendent reports in person, 
Scrap steel. Sale of two, steel pipe lines at John Yeon State 
Park at Warrendale, approved. 
10875 Scrap iron. Sale of accumulated junk at Cascadia State Park 
approved, 
Clatsop County. Bradley Park. Caretaker not to be reinstated. 
Restroom facilities not to be maintained. 
Permits. Traffic law violation of Oregon Nevada California 
Fast Freight, Inc., involving overweight loads, discussed. 
Equipment. Tire purchases. Letter to U.S. Price Administra- 
tor re plan for rationing tires, approved. 
Claim. Damage to The Dalles-California Hwy. by failure of dike 
at Algoma. Suit to be instituted against S.P. Co., Central 
Pacific Railway Co., and California-Oregon Power Co. 


e Date 
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19 


Subject 


10889 Feb. 13 Agreements, et cetera, signed as follows (cont.): 


10890 


10895 Mar. 19 


10896 


10897 


10898 


Kinzua Pine Mills Co., covering construction of logging 
road across Heppner-Spray Secondary Highway, Wheeler Co.; 

Hoke Smith, covering lease of state-owned property on 
Eugene-Springfield Section of the Pacific Highway; 

Fisher Brothers, covering use of state-owned quarry, known 
as Hjorteland quarry, near Astoria, Clatso» County; 

Crown-Zellerbach Corp., covering lease of riparian rights 
on east bank of Willamette River, Oregon City; 

City street agreements, as follows: John Day, Hubbard, 
Lafayette, Lebanon, Richland, Roseburg, Wallowa; 

U. S. Navy, granting use of portion of right of way of 
Columbia River Highway, for Tongue Point Naval Base, 
Astoria; 

Quitclaim deed, conveying unto Wallowa Sheep & Land Co. 
property in Wallowa County, deeded to state by mistake; 

Bargain and sale deed, conveying unto Mary Palandri a 0.4 
interest in a lot in Portland. 

Permits. Oversized equipment. Resolution adopted authorizing 
movements 60' long, maximum weight 68,000 lbs. 

Bids received on following projects, anc sale of land: 

Baker Rock Production Project; 

Wells-Granger Section, grad., surf., and bit. macadam; 

Redmond Rock Production Project; 

North Unit, Antelope Creek-Medford Section, grad. and pav.; 

South Unit, Antelope Creek-Medford Section, grad. & paving; 

Combination North and South Units, Antelope Creek-Medford 

Section; 

Grave Creek-Jumpoff Joe Creek Section, grad. & paving; 

Harrisburg Bridge Section, replace pile trestle approach; 

Airbase-Columbia Bottom Road Section, grad. and paving; 

Sale of tract of land near Banks. 

Curry County. Port Orford Cedar Park. Senator Walsh confers 
re agreement with mining company for purchase of property. 

Forest highway funds. Freezing of funds by federal govern- 
ment on account of war conditions discussed. 

Grant County. John Day Highway east from Prairie City. Sur- 
facing and light oiling of 4-mile section approved. Taking 
of bids authorized for next meeting. 

Harney County. Judge Higgs confers re following improvements: 
Stinkingwater Mountain Section, Central Oregon Highway, re- 
surfacing requested; 

Burns Airport Road, construction requested; 

Diamond Secondary State Highway, improvement requested. 

zane County. Eugene. Delegation requests construction of 
roadway to Eugene Fruitgrowers Cannery. Reconstruction of 

High Street-Sixth Avenue intersection authorized. 

Route F Highway. Delegation requests repair of road; also, 

improvement east of Fisher crossing to eliminate right- 

angle turn. 
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10883 Feb. 13 


10884 


10885 


10886 


103% 


~ 


10888 
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Subject 


C. B. McCullough, Assistant State Highway Engineer, reappointed 
for four-year tern. 
J. ili. Devers, Attorney, reappointed for four-year tern. 

H. B. Glaisyer, Secretary, reappointed for four-year tern. 
Airplane flight strips. PRA requests Engineer's attendance at 
special meeting at San Francisco re construction of strips. 
R. H. Baldock, autnorized to attend meeting of PRA and 4th Air 
Force, Feb. 16 and 17, in San Francisco, re flight strips. 
Multnomah County. Front Avenue, Portland. Purchase of addi- 

tional right of way between Clay and Montgomery Sts. approved. 
Plan for crossing of certain streets approved. 
City streets not on state highway routes. Projects on which 
agreements have been signed authorized for coitracting. 
Permit. Log hauling. Permit of Wesley Ober to be reinstated 
if he presents evidence that trucks are properly licensed. 
Beach fires. Tillamook Air-raid Precaution Committee requests 
Signs prohibiting beach fires at night. Signs authorized, 
Post-war highway projects. Oregon Coast Hwy.Assn. suggests 
plans, surveys, etc., be prenared for use in post-war period. 
Permit. Balsiger Motor Company requests permit to operate 
overweight equipment in Klamath Falls area. Denied. 
Military access roads, Arrangement as to plans and financing 
of construction of access roads for Medford and Corvallis 
cantonment approved. 
Contracts. Statement from Office of Emergency ifanagement rela- 
tive to dissemination of information. 
Extensioris of time, as follows: 
Cochran and Gatton, Warm Springs River Section; 
Sam Orino, Depoe Bay Section; 
C. E. Oneal, Pendleton Airport Section; 
Averill & Corbin, Rock Creek Bridge; 
Rogers Construction Co., Dee-Woodworth Acres Section. 
Contracts completed and accepted, as follows: 
Warm Springs River Section, Cochran & Gatton; 
Depoe Bay Section, Sam Orino; 
West Sheridan Section, Berke Bros.; 
Pendleton-Airport Highway Section, C. E. Oneal; 
Viaduct, Rock Creek Section, Averill & Corbin; 
Dee-Woodworth Acres Section, Rogers Construction Company; 
Swisshome Rock Production Project, A. 3S. Wallace; 
Condon-Servicecreek Rock Production Project, F. R. Hewett; 
Removing buildings, East Portland, Shipyard Wood Company; 
Agreements, et cetera, signed as follows: 
Southern Pacific Co., covering easement to state over two 
parcels of land near Monroe; 
Coos Electric Cooperative, Inc., covering purchase of 
electricity for use of Remote maintenance station; 
Katherine Helen Jones, et al., covering purchase of prop- 
erty at Eugene; 
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Log hauling. Wolf Creek Jct.-Cannon Beach Section. Delegation 
requests extension of log-hauling privilege to July 1, 1942. 
Approved, 

Benton County. Alsea-Deadwood Secondary State Highway. Dele- 
gation requests improvement of 13-mile section between 
Batdorf's place and foot of mountain. Denied. 

D. F. Moehnke requests authority to improve portion of high- 
way at own expense. Investigation to be made. 

Permits. System Freight Service requests permit for oversized 
equipment transporting airplane parts. ction deferred. 

log hauling. Delegation from Albany and Sweet 4ome requests 
relief from penalty for overloading. 

Deschutes County. Terrebonne-Lower Bridge County Road. Dele- 
gation confers re improvement. Agreement to be prepared. 
Cline Falls Secondary Hwy. Delegation‘s request for oiling 
of 4-mile section north of Tumalo denied. > 
Tumalo-Deschutes Secondary State Hwy. Request for oiling 
of 3-mile section east of Tumalo denied. 

Traffic fines. Matters pertaining to collection of fines 
discussed, No action taken. 

log hauling. Request of Albany and Sweet Home delegation for 
relief from penalty for overloading again considered. Ac- 
tion deferred. 

Real property. Resolution authorizing acquisition. 

Jackson County. Medford cantonment access roads. T. a. Davis, 
Sr. Highway Engineer, PRA, approves right of way settlements. 
Medford. Attorney reports on negotiations with C. M. Parker 
for acquisition of right of way. Offer of $12,000 authorized. 

Award of contract. Contract for N. Unit, Antelope Creek-ied- 
ford Section awarded to Berke sros., the low bidders. 

Jackson County. South Unit, Antelope Creek-iiedford Section. 
To be readvertised for bids at next regular meeting. 

Meeting dates. Next regular meeting set for April 2, 1942. 

Jackson County. Crater Lake Highway. Construction of tempor- 
ary side road between kcAndrews Road and trailer camp ,Medford, 
considered, 

Midway County Road. Request of army engineers for exten- 
sion of one-way traffic for north-bound travel approved. 

Condemnation. Recommended offers. Resolution adopted: 

Gravel pits: McKenzie Highway, Pacific Highway. 
Right of way: Pacific Highway East, Santiam Highway, Pacif- 
ic Highway, Willamette Highway and Oregon Coast Highway. 

Awards. Chairman announces award of contract for the North 
Unit, Antelope Creek-Medford Section, to Berke Bros., and 
rejection of bids for South Unit of same section. 

Meeting date. April 2, 1942, confirmed as next meeting date. 

Gas tax legislation. Telegram sent Oregon congressional dele- 
gation opposing resolution exempting defense contractors,etc., 
from payment of gas taxes and motor transportation fees. 
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Union County, Union. State Game Supervisor confers re sale 
of Game Commission property needed for maintenance site. 

Survey. Game Commission property at Union. Survey of bounda- 
ries approved in connection with purchase of maintenance site. 

Polk County. Pacific Highway West. Reconstruction to accommo- 
date army cantonment discussed, 

Independence-Granger County Road. Award of contract to low 
bidder on project approved. Action deferred on request for 
designation as secondary state highway, 

Monmouth. Delegation confers re improvment of Pacific High- 
way West through town. 

Surveys. Corvallis-Rickreall Section, Pacific Highway West. 
Surveys authorized for new location. 

Benton and Polk Counties. Corvallis-Monmruth Section, Pacif- 
ic Highway West. To be advertised for bids at early date. 

Crook County, Crooked River Highway. Delegation requests 
surfacing of ll-mile section. 

Marks Creek-ifill Creek Section, Ochoco Highway. Delegation 
requests maintenance of abandoned section for stock driveway, 

Lincoln County. Toledo. Attorney for V. L. Moore confers re 
deeding 8' strip to Mr. Mcore, and suggests abandoning old 
right of way of Corvallis-Newport Highway adjacent to Moore 
property, 

Jackson County, Combination bid for North and South Units of 
Antelope Creek-Medford Section. Jacobsen-Jensen Co. & Leon 
ard & Slate, low bidders, urge award of contract to them. 

Multnomah County. Portland, Sandy Boulevard. Parkrose Chan- 
ber of Commerce confers re following improvements: 

Traffic signals at 89th, 99th, and 105th Avenues. Change 
from amber lights to red lights requested. 

Pedestrian traffic stripes at 89th, 99th, and 105th Avenues. 
Repaintin, requested, 

Widening of Sandy between 82nd and 122nd Avenue requested. 
Improvement beyond 102nd Avenue. Parkrose Chamber of Com- 
merce offers assistance in securing right of way. 

Awards. Chairman announces awards cf contracts and sale of 
tract of land, 

Polk and Benton Counties. Independence~-Granger County Road. 
Delegation urges designation as state secondary highway and 
improvement to state highway standards. 

Marion County. Woodburn, Delegation confers re improvement 
of Young St,, between business district and Pacific Highway. 

Penalty reduction. Contract No. 2472, with Porter W. Yett, 
for work on the Vollmer Creek and Necanicum Junction Sec- 
tions. Cancellation of penalty approved. 

Contract No, 2331, with City Motor Trucking Company (Porter 
W. Yett), for work on the Rainier Section of the Columbia 
River Highway. 50% reduction in penalty approved, 
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Columbia County. St. Helens. Enyart condemnation case. 
Attorney instructed re conduct of case. 

Equipment. Oil storage tanks. Construction of five tanks 
for storage of reserve road oil authorized, 

Pemuts. Oversized equipment. Request of Covernor and vari- 
ous government agencies for modification of restrictions. 
Resolution adopted at previous meeting confirmed.(P. 10291) 

Labor. Contractors inquire whether they will be permitted to 
operate under 48-hour week, in view of Federal Labor Act. 

Equipment. Purchase of following authorized: 8 auxiliary 
gasoline motor generator sets for radio stations at Salem, 
Milwaukie, Medford, Roseburg, Coquille, Astoria, Klamath 
Falls and La Grande; 4 Monroe calculating machines; 2 loado- 
meters for use of weighmasters; 3 electric motor-driven 
compressors. 

Compressor acquired with right of way for Lugene-Springfield 
Project. Engineer to ascertain if compressor being used. 
Permits. Green Springs Highway. Emergency permits for over- 
sized movements between Klamath Falls and Ashland approved. 

Log hauling. W. J. Lichty, granted 30-day permit to move 
overlength piling over Deadwood Secondary & Siuslaw Highways. 

Permits. Hauling of overweight loads of chrome ore over Cre- 
gon Coast Highway. Decision deferred. 

Hood River County. Wood River Bridge. Request of bridge com- 
pany that guards be maintained by state denied. 

Western Assn. of State Highway Officials. Chairman Cabell 
and State Highway Engineer authorized to attend meeting at 
Salt Lake City, Utah, April 17 and 18, 1942. 

Payment of dues for 1942 membership approved. 

biultnomah County. Portland. Multnomah Civic Club suggests 
renaming Front Avenue "Douglas MacArthur Boulevard." 

Yamhill County. County requests assistance in securing fed- 
eral funds for construction of iicMinnville airport road. 
Chairman Cabell and Commissioner Clough to meet’ with McMinn- 
ville people on april 1, 1942. 

Multnomah County. Portland. Resolution re construction of 
Front Ave. project past Public Market Building approved. 

Electric power purchases. Payment of power bills to be de- 
ferred pending investigation of payment of federal tax. 

Klamath County. Klamath Falls-Modoc Point Section, The Dalles- 
California Highway. Request for early improvement. 

Jackson County. idedford. Routing of Pacific Highway traffic 
along Central Avenue, as originally planned, approved. 

McKenzie Pass. Report on cost to conduct snow removal opera- 
tions. Opening of road by April 15, 1942, approved. 

Coos County. Cape Arago Secondary Highway. Engineer author- 
ized to advertise for bids when government approves project. 

Park matters. State Parks Superintendent makes report. 

Juniper wayside tracts. Bend-burns Section, Central Oregon 
Highway. Agreement with U. S. Grazing Service covering 
joint preservation approved. 
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Salaries and wages. Increase in pay for employees, including 
weighmasters, discussed. Action deferred until next meeting. 
Engineering crews in vicinity of cantonments granted ¥20.00 
additional allowance for expenses. 

Airplane flight strips, Wolf Creek Highway, near North Plains. 
Construction authorized if approved by government. 

Speed limits. Establishment of 40-mile-per-hour speed limit as 
requested by President considered. Approved for state cars. 
Speed zones, Resolutions adopted setting 35-mile-per- hour speed 

limit through Medford and Corvallis cantonments. 

Marion County. State Fairgrounds, Salem. Agreement with State 
Fair Board, for improvement of roadways, to be prepared. 

log hauling. Saturday afternoons, Sundays and during hours of 
darkness. PUC inquires whether privilege is to be extended 
after June 1, 1942. Action deferred. 

Jackson County. Ashland. Plate glass windows. Sale to H. L. 
Claycomb and a Mr. Butler approved. 

Equipment. Cash register acquired in connection with right of 
way at Eugene. Sale to A. D. Jones approved. 

Sherman County. John Day River-Quinton Section, Columbia River 
Highway. Attorney authorized to negotiate for right of way. 

Jackson County. Park property leased from federal government. 
Request of a Mr. Murphy to construct irrigation ditch across 
property. State will offer no objection. 

Government stipulations. Requirements in connection with ob- 
taining right of way easements across reclamation canals, 
especially Boardman-Stanfield Highway, discussed. 

Malheur County. Nyssa. Small building used as engineer's 
office during construction of project to be given to city. 

Sale of buildings. City of Nyssa offers to purchase build- 
ing acquired from Fletcher Oil Company, Nyssa. To be ad- 
vertised for bids unless City of Nyssa makes fair offer. 

Grant County. John Day. Request of Catholic Church for por- 
tion of right of way in front of church for sidewalk con- 
struction. Commissioner Oliver to report. 

Lane Vounty. Glenada. Offer of A. M. Myer to purchase por- 
tion lying outside of right of way of Oregon Coast Highway 
refused. 

Jefferson County. Madras. Sale of property adjacent to right 
sf way of Warm Springs Hwy. considered. Attorney to report. 

Klamath County, flamath Falls. South 6th St. State to pay 
for moving buildings from Swan Lake Moulding Co. property. 

Claim. Clatsop County requests credit on indebtedness, in con- 
sideration of properties deeded to state gratis. 

Clatsop County. Resolution adopted accepting conveyance of 
certain real property in payment of county's debt to state. 
Deschutes County. Redmond. "Petition" and "Consent to vacate" 

portion of 10th Street and alley approved. . 

Jackson County. Casey State Park. Action, to force lirs. Inez 

Yan Dyke to vacate premises, authorized for about June l. 
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Portland, Oregon, December 18, 1941 


The State Highway Commission met in regular session at 9:00 a. m. 
in the auditorium of the Public Service Building. Present were: 


Henry F. Cabell, Chairman 

Huron W. Clough, Commissioner 

Herman Oliver, Commissioner 

R. H. Baldock, Stete Highway Engineer 
J. M. Devers, Attorney 

H, B. Glaisyer, Secretary 


Bids as follows for highway construction work and sale of build- 
ings were opened and read in conformance with previously-published notice, 
following which Chairman Cabell announced thet the awards would be made at 
2:30 «4. m. in the same room: 


STATE HIGHWAYS NEAR SISTERS 
SISTERS ROCK PRODUCTION 


£. C. Hall Company $24,475.00 
R. 0. Dail & Warren Bros. ; 24,755.00 
S. S. Montague 25,767.50 
Rogers Construction Company 27,000.00 
Babler Brothers 27,450.00 
Max J. Kuney Company 29,700.00 
A. 0. Ekstrom 43,085.00 


TILLER-TRAIL SECONDARY HIGHWAY 
WRIGHT RANCH-NILO SECTION 
GRADING, SURFACING AND OILING 


C. J. Eldon $75,787.50 
E. C. Hall Company TT 5928.75 
E. L. Rigdon 79,658.25 
Babler Brothers 89,984.00 


JOHN DAY-BURNS HIGHWAY 
SODA MOUNTAIN-SILVIES SECTION 
GRADING, SURFACING AND OILING 


M. L. O'Neil & Son $110,090.75 


MT. HOOD HIGHWAY 
POLALLIE CREEK-HOOD RIVER ROCK PRODUCTION 


C. J. Eldon 

E. C. Hall Company 
Babler Brothers 

S. S. Montague 


ee emcee aaa aaa TER eh Per. wT 


Subject 


" 10938 Mar. 20 Juniper wayside strips. (cont.) Redmond-Bend Section, The 
s Dalles-California !iighway. Outright purchase from federal 
government, rather than lease, approved. 

10939 Marion County. Silver Creek Falls CCC Camp. Renewal of CCC 

camp for period of one year approved. Progress report for 
February, re operation of camp, approved. 
Umatilla and Union Counties. Emigrant Park. Pacific TeL& 
Tel. Co.'s request for permit to fall trees approved. 
Parks Department. Financial report approved. 


10940 Douglas County. Paul Schuttpelz lease for roadway across park 

property. Resolution adopted re cancellation of lease. 
10941 Surveys. List of surveys ordered since last meeting approved. 
10943 Extensions of time, as follows: i 


Roy L. Houck, Scappoose-lfultnomah County Line Section; 
M. Le O'Neil & Son, Plunkett Creek-Read Creek Section; 
Chester T. Lackey, Lapine Rock Production Project; 
10944 li. L. O'Neil & Son, Taylor Creek Section; 
E. L. Gates, Kimberly-Simas School Section; 
A. O. Ekstrom, Detroit-South Santiam Junction Section; 
10945 Porter W. Yett, Interstate Bridge-Oregon Slough Section. 
Contracts completed and accepted, as follows: 
Lost Riwer-Malin Bridge Section, W. D. Miller Const. Co.; 
< Plunkett Creek-Read Creek Section, M. L. O'Neil & Son; 
Lapine Rock Production Project, Chester T. Lackey; 
10946 Taylor Creek Section, i. L. O'Neil & Son; 
Detroit-South Santiam Junction Rock Prod., A. 0. Ekstrom; 
Interstate Bridge-Oregon Slough Section, Porter W, Yett. 
Agreements, et cetera, signed as follows: 
Board of County Comnissioners of Multnomah Co., re construc- 
tion md maintenance of Portland Air Base East Access Road; 
City street improvements as follows: Dayton, Forest Grove, 
St. Helens, Medford, Gaston, West Linn, Chiloquin, Sherwood; 
Jackson County, providing for maintenance of one-way traffic 
on Crater Lake Highway and Bybee County Road; 
Coos Bay Dredging Co., disposing of claim for extra compensa- 
tion arising out of contract No. 2339, Bandon Section; 
Marion County, covering maintenance of North Santiam County 
Road, between Niagara and Detroit. 
Benton County, providing for improvement of 4.5 mile section 
of the Independence County Roads 


10947 Clatsop County, covering improvementof DeLaura Access Road; 
Bargain and sale deed conveying lot in Ashland to G. H. Bill- 
ings; 


Bargain and sale deed conveying property in Albany to Chris 
A. Vandran; 

Bargain and sale deed conveying 10.75 acres of land in Wash- 
ingten County to Henry Duyck; 

Bargain and sale deed conveying three parcels of land in 
City of Ashland to H. L. Claycomb; 

Bargain and sale deed conveying approximately four acres of 

land in Curry County to W. G. Hellier. 
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County Judge Nelson B. Higgs’ of Harney County was present and in- 
quired as to the Commission's plans for highway improvements in Harney County. 
Chairman Cabell explained the status of funds available to the Commission, 
particularly pointing out that so far as federal funds are concerned the out-— 
look at the present time is not very good and indications are that it is going 
to be rather difficult to secure approval of the federal moneys unless a show- 
ing can be made that the expenditures are in the interests of national defense. 
He also pointed out the difficulties in securing priority on materials and 
equipment used in highway construction. He inquired as to the improvements 
most needed in Harney County. Judge Higgs asked for the improvement of the 
Burns-Crane Highway and U.S. Highway Nb.395. He recalled that the Commission, last 
year, started reconstruction of this road. He suggested that the moneys budg- 
eted for continuation of this work be reallocated for the improvement of High- 
way No. 395, which is their most important project. Judge Higgs also asked 
for the improvement of the Frenchglen Secondary Highway and the East Side Road 
and for construction of the secondary highway between Princeton and a connection 
with the ION Highway, near Rome. Chairman Cabell reiterated the difficulties 
that are facing the Commission with respect to funds and advised that the Com- 
mission is not in position to make any commitments at this time as to what it 
can do or how soon anything can be done, inasnuch as it now appears that im- 
provements will have to be limited to state-financed jobs, if it is possible 
to secure materials for the same. Judge Higgs asked the Commission to give 
all consideration possible to these projects. 


County Commissioner E. E. Varco, Deschutes County, was present in 
regard to the improvement of the Terrebonne-Lower Bridge Road. He advised 
that the county grading work on this road will be completed in two or three 
months and the county would like to do the rock surfecing, which, under the 
present arrangement, is an obligation of the state along with the oiling work, 
4f the Commission is agreeable and will spend an equal amount of state money 
for oiling on some other county road. He was informed that this is a federal 
aid secondary highway, involving federal funds, and there is a question whether 
or not thet.government officials will approve the project in view of the war 
situation. It was also pointed out that the government may require the federal 
funds to be spent on projects that are most needed for national defense and 
that there is a question whether or not the Terrebonne-Lower Bridge Road is 
eligible from that standpoint. 


Mr. T. M. Davis, Senior Highway Engineer of the Public Roads Admin- 
istration, who was present, advised that federal funds cannot be used to pay 
the county for surfacing work performed on force-account basis; however, if 
the county will submit a bid for the work along with other contractors and is 
awarded the contract as the low bidder, then the federal funds could be used 
to pay the costs. 


Chairman Cabell pointed out that the county court was led to believe 
that the state would do this job and, accordingly, in his estimation, the work 
should go forward in conformance with the original arrangement if at all pos- 
sible. The Engineer suggested that it might be advisable to place this road 
on the state secondary highway system and pay for the improvement with state 
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SUN DIAL SECONDARY HIGHWAY 
SUN DIAL HIGHWAY SECTION - PAYING 


Parker-Schram Company \ $19,939.50 
Porter W. Yett 21,122.00 
Warren Northwest, Inc. 25,106.00 
The United Contracting Company 26,221.00 


ENTERPRISE-~LEWISTON HIGHWAY 
SOUTH UNIT OF ENTERPRISE-FOREST BOUNDARY SECTION 
GRADING, SURFACING AND OILING 


Rogers Construction Company $123,299.40 
FARMINGTON SECONDARY HIGHWAY 


CAMPBELL BRIDGE-HAZELDALE SECTION 
GRADING, SURFACING AND OILING 


Usin al.t Using Tar 
A. H. Saxton & Son - - $55,872.50 
Babler Brothers - - 61,768.00 


SHANIKO-FOSSIL SECONDARY HIGHWAY 
PORCUPINE BUTTE-CHICHESTER GULCH SECTION 
GRADING AND TOPPING 


Norris Brothers $32,881.00 
C. J. Eldon 35,172.20 
Leonard & Slate 38,150.00 
Vernie Jarl 40,617.40 
M. L. O'Neil & Son 48,604.50 
SALE OF RESIDENCE BUILDING IN NORTH SALEM 
Building No. 2754 (Former owner Carl Vogl) 
Burt Picha $51.50 
SALE OF RESIDENCE BUILDING IN SOUTH SALEM 
Building No. 9482 (Former owner Christian Remseyer) 
C. Ramseyer $100.00 
Burt Picha 66.50 


Commissioner Oliver mentioned the necessity for guardrail construc- 
tion along certain portions of tha Dooley Mountain Section of the Baker-Unity 
Highway, about twelve miles in length, where, he said, accidents frequently oc- 
cur. The matter was referred to the Engineer for investigation and to construct 
guard fence as may be necessary, using the log type of fence if that appears 
satisfactory. 
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Mr. Patty asked for the improvement of two particularly bad places 
on Battle Mountain where a slippery condition obtains in the winter season on 
account of excess superelevation on curves. The Engineer was instructed by 
the Commission to stock-pile sand at these points for the use of log haulers 
during such periods. 


Mr. Erving asked the Commission to investigate a bad condition at 
the intersection of the Pendleton-John Day Highway with the road leading to 
the town of Albee. The matter was referred to the Engineer for such investi- 
gation. 


Mr. Patty also asked the Commission to support the movement to se- 
cure e Change in the Oregon laws to provide for measurement of loads of logs 
by scale rather than by weight and to modify its ruling with respect to the 
surrender of PUC plates by loggers who are found to be transporting loads 
weighing in excess of the legal limitations. The Commission denied both re- 
quests. 


A telegram was presented calling a meeting of the Executive Commit- 
tee of the American Association of State Highway Officials to be held in 
Chicago on December 20, 1941. The Commission decided not to be represented at 
such meeting. . 


The Commission discussed the matter of continuing the improvement 
of the Hillsboro-Cornelius Pass Road, in Washington Gounty, as a federal aid 
secondary highway project. The Engineer advised that a 2.17-mile section of 
this road, beginning at Hillsboro and extending easterly, has already been im- 
proved with federal aid secondary highway funds and state funds; also that 
the county has resurfaced and oiled a section 3.6 miles in length, beginning 
at the Multnomah County line and extending southwesterly, and is now asking 
for improvement of the intervening section 3.8 miles in length. He estimated 
the cost of the work at approximately $6C,000 and advised that the county has 
offered to reshape the grade, construct ditches and drainage facilities with 
county forces and to manufacture materials from a county quarry up to 4 value 
of about $8,000, as cooperation. The Commission decided not to approve the 
project at the present time. 


The Engineer brought up for discussion the matter of cooperating 
with the State Police Department in organizing and maintaining a state police 
civil defense guard for patroling and guarding selected structures on the 
state highway system during the present war emergency. He advised that a care- 
ful study of the matter reveals that it will be necessary to employ 54 station- 
ary guards and 21 patrol guards with automobiles; further, that it will be 
necessary to pay the stationary guards a salary of $125 per month and patrol 
guards salaries ranging from $100 to $140 per month, making a total monthly 
outlay of approximately $9,480 for saleries. In addition, it will be neces- 
sary to furnish seven automobiles for use of the patrol guards. These, he seid, 
will be purchased by the State Police Department but the State Highway 
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money under the original arrangement. The county, he said, could submit a bid 
for the rock work if it so desired. After further discussion the Commission 
acknowledged the obligation to rock and oil the road and agreed to proceed with 
the improvement just as soon as a way can be found to finance it. 


z Mr. A. B. Lambert, owner of Lambert Gardens, Portland, came before 

: the Commission and requested authority to maintain fingerboard signs on state 
highway routes in Portland, directing tourists to his gardens. The Commission 
denied the request as a matter of policy. 


A delegation from Umatilla County, consisting of County Judge Carl 
W. Chambers; County Commissioner Wm. R. Meiners; and J. HK. Patty and Cecil 
Erving of the Pilot Rock Chamber of Commerce, was present, Judge Chambers 
asked for the installation of a directional sign at the junction of the 
Pendleton-John Day Highway and the Old Oregon Trail near the Pendleton Round- 
Up grandstand to properly direct traffic. He said that there is confusion un- 
der the present sign arrangement and treffic bound for Spokane frequently takes 
the Pilot Rock road and travels a considerable distance before the mistake is 
realized. The matter was referred to the Engineer to correct. 


Judge Chambers also asked for the improvement of the Pendleton-—John 
Day Highway, advising that certain sections are in bad state of repair on ac- 
count of heavy log-hauling traffic which, he stated, is bound to increase in 
view of the new lumber mills that are being constructed in this vicinity. Mr. 
Erving presented statistics relative to the amounts that users of this road are 
now paying into the state highway fund by reason of gasoline-tax payments, 
license fees and transportation fees. He urged the Commission to improve this 
section, at least to repair the worst spots if the Commission cannot finance a 
first-class improvement over the entire distance. He mentioned a particularly 
= bad condition at Battle Mountain. 


9 Chairman Cabell advised that the Commission had no idea when the road 
a was first built that it would carry so much travel and, consequently, did not 
.~ build as high a type of road as is required by present traffic; further, that 
~ the outlook for reconstructing the entire section is not very good on account 
D. of government control of funds; however, the Commission wiJ.1 do the best that 
4 it can in the way of maintenance. He explained that it will be necessary to 
A use federal funds to rebuild the road and indications are that the government 
will not approve the expenditure of such funds for the construction of roads 
‘ aS other than those termed access roads and those that will facilitate the move- 
- = ment of troops. He also advised that the federal government has control over 
§ road-building machinery and that it is becoming more and more difficult on ac- 
count of the war situation for contractors to acquire new equipment, replace- 
: ments end repair parts, so about the only thing that the Commission can do 
in the next two or three years is maintain the present road in the best pos- 
sible manner that circumstances will permit, and oil the unoiled gap. Judge 
Chambers urged the Commission to keep the project in mind and to place it in 
the program within the next three or four years. . 
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The Engineer brought up for discussion the proposed modification of 
the present ruling which limits the transportation over state highways of 
loads of piling 75 feet overall in length to ten loads per month if more than 
half of the traveled roadway is taken up in the movement. The Commission 
decided not to change the present rule. Cases involving more than ten loads 
per month are to be brought to the attention of the individual Commissimers, 
by telephone, and instructions will be given at that time. 


The Commission discussed a proposed modification of the procedure 
to be followed in connection with the issuance of special carrier permits by 
the Public Utilities Commissioner. The following procedure was approved by 
the Commission by unanimous vote, which arrangement was agreed upon at a con- 
ference held in the office of the State Highway Engineer on December 11, 1941, 
attended by the Honorable Ormond R. Bean, Public Utilities Commissioner, and 
his assistants Messrs. A. F. Harvey and Perry 0. Del.ap; Lieutenant Max Alford, 
representing the Department of State Police; and Messrs. R. H. Baldock, Loren 
Spaulding, W. C. Crews, and H. B. Glaisyer, representing the State Highway 
Department: 


(1) The State Highway Department will transmit to the Public 
Utilities Commissioner, in writing, blanket recommendation author- 
izing him to grant permits for the truck hauling of logs over any 
state highway excepting those which contain physical features that 
will not permit such operations without creating too great a hazard 
to the general traveling public. The Public Utilities Commissioner 
is to be given a list of the highways not covered by the blanket 
recommendation. The hauling of logs over such highways is not ab- 
solutely prohibited although each individual request for such privi- 
lege is to be considered on its own merits and, if approved, a 
separate recommendation will be issued in each instance, which recom- 
mendation will contain conditions under which the permit may be 
granted. 


(2) The Public Utilities Commissioner will continue to issue 
special-carrier permits as in the past but instead of limiting the 
operations to certain sections of highways the permit will authorize 
log hauling over any state highway except those specifically elimi-~ 
nated. The names of the highways eliminated are to be printed in 
the permit. Only one permit is to be issued to an operator regard- 
less of how many trucks are to be covered, eliminating the necessity 
for the permit to be carried on each truck. There is to be carried 
on each individual truck, however, a declared weight slip as required 
by law, on the back of which is to be printed, for the benefit of 
state police officers and highway department weighmasters, a list of 
the highways over which log hauling is not permitted under the blan- 
ket recommendation. In the event of approval of truck hauling of 
logs over any of such highways then such information is to be typed 
on the back of the weight slip for the information of the state 
police and the weighmasters. 
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fF Department will have to pay the cost of maintenance, operation and depreciation 
ah of the same which is estimated at $2,625 per month. He estimated that miscel- 
laneous and incidental expenses would amount to about $395 per month, or a grand 
total of approximetely $150,000 annually. He asked the Commission to approve 
the arrangement and increase the budget setup a sufficient amount to take care 
of this item. The Commission approved the request by unanimous vote. 


The Assistant Attorney reported the results of reappraisals of the 
property in Ashland needed as right of way for the improvement of the Pacific 
Highway in this tom. He advised that two new appraisals were made by quali- 
fied citizens of Ashland, one of whom estimated the value of the properties at 
$38,000 and the other at $48,700, whereas the total of the options taken by 
the right of way agent was $54,000. The average of the options and the two 
appraisals, he said, is $47,000. The matter was discussed at some length dur- 
ing which the question was raised whether or not the property should be con- 
demned. Action on the matter was deferred until later in the session. 


A delegation from Ashland, consisting of Mayor T. S. Wiley, F. J. 
Van Dyke, City Attorney, and G. M. Green, Editor of the Daily Tidings, was 
present in regard to the Ashland project. Chairman Cabell explained the re- 
sults of reappraisals and advised that the Commission is ready to proceed with 
the project if right of way can be obtained at a reasonable figure. He inquired 
as to whether or not the delegation considers it possible to secure a reduction 
in the total cost, to the average of the new appraisals and the option prices, 
or a reduction of approximately $7,000. He explained that, unless such reduc- 
tion can be secured, it will be necessary to condemn the various parcels, which 
would be a long process, and that it is contrary to the policy of the Commission 
to enter into any property under condemnation until the case has been tried and 
the jury has had an opportunity to view the property before it is disturbed. 
The matter was discussed at considerable length but action was deferred until 
later in the session, it being understood that the delegation in the meantime 
would pe with local citizens with respect thereto. (See ahead for final 
action. 


Messrs. Wm. Tugman and Ed Turnbull, Eugene, were present and discussed 
with the Commission matters pertaining to the Eugene-Springfield Project and 
the general status of funds. The matter was discussed in general during which 
the present financial setup was explained in full by Chairman Cabell. No par- 
ticular action was taken. 


The Commission considered the application of W. F. Bingham, Sugene, 
for an extension of his permit, authorizing hauling of piling 100 feet overall 
in length over the Deadwood and Siuslaw Highways to @ log dump at a place knom 
as Siuslaw, in Lane County. The Secretary recalled that the Commission, at a 
previous meeting, approved the granting of a 30-day permit, covering such haul- 
ing with the understanding that the privilege would not be extended and was 
simply to cover the movement of 400 piling that had already been felled. How- 
ever, it seems that, on account of bad weather conditions, all of the piling 
was not moved and the operator is now asking for an extension in order to move 
the balance. The Commission approved a 30-day extension of this permit. 
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a total estimated cost of $770,523.33. The cost to construct the bypass 
route, from Main Street to South Sixth Street via the United States Reclama- 
tion Service canal, is $660,915.20 and right of way costs are estimated at 
$48,952.00 additional, making a total estimated cost of $709.867.20. He 
recommended improyement of South Sixth Street on an 80-foot right of way 
basis. The Commission discussed the matter at considerable length but de- 
ferred a decision relative thereto until later in the session. (See addition- 
al record ahead.) 


The Commission adjourned at 12:15 p. m. and reconvened at 2:00 p. n. 
in the same room with the same persons present and participating. 


The Commission discussed the question whether or not to change its 
policy with respect to the award of contracts to low bidders in view of the 
uncertainty of the times and probable increases in labor and material costs. 
After considerable discussion the Commission decided unanimously, in the case 
of a single bid being received for a job, to award the contract to the bidder 
if the amount of the bid does not exceed the estimated cost of the project 
more than ten per cent. If two or more bids are received for any project, the 
award of the contract shall be made to the low bidder if the total amount of 
such bid does not exceed the estimated cost of the project more than fifteen 
per cent. This modification of policy is to remain in full force and effect 
during the present emergency or until changed by the Commission. 


The Secretary presented a resolution from the Board of County Com- 
missioners of Multnomah County requesting the designation, as a state second- 
ary highway, of the following described county road or route: 


Beginning at a point on the Columbia River Highway approxi- 
mately one mile west of Troutdale where said highway is intersected 
by a county road known as the Sun Dial Road and extending thence 
northerly to the dike, a distance of approximately 1.3 miles. 


The Commission considered such request in conformity with previous understand- 
ing with the Board of County Commissioners and accordingly approved the reso- 
lution. The following resolution designating the road a state secondary high- 
way was thereupon adopted by the Commission by unanimous vote: 


WHEREAS, under the provisions of Chapter 248, Laws of 1931; 
Chapter 196, Laws of 1935; and Chapter 529, Laws of 1939; the State 
Highway Commission, by mutual agreement with the respective county 
courts and boards of county commissioners of the several counties 
of the State, is authorized and empowered to select, locate, and 
designate a system of secondary state highways, which highways shall 
be selected from the market roads or other county roads, or available 
locations or routes of the several counties; and 


WHEREAS, the State Highway Commission, by mutual agreement 
Board of Court 


with the Multnomah Count ty Commissioners of the State 
of Oregon, has selected the road or highway hereinafter named, and it 
is the se of the Commission to officially and regularly desig- 
nate an opt said highway as a highway to constitute, together with 
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The Engineer recommended a modification in the present ruling, re- 
quiring hand-steering devices on trailers used in connection with the hauling 
of overlength loads of logs and piling. He gave as his opinion that a hand- 
steering device is not required because the wheels of a trailer properly con- 
nected with a truck will follow the wheels of tne truck just as closely with- 
out hand-steering device as with it. The Commi.sion approved such modifica- 
tions by unanimous vote; however, ordered that the following clause be inserted 
in such permits: 


"The coupling device connecting truck and trailer shall be of 
such design that the wheels of the trailer will follow approximately 
the tracks made by the rear wheels of the truck furnishing the motive 
power, without allowing any portion of the hauling equipment or load 
carried thereon to extend over or across the center line of the high- 
way." ° 


The Engineer also requested a modification of the present ruling with 
respect to the taking up of PUC plates of logging operators who are using tan- 
dem axle truck and trailer equipment. He advised that under the present rul- 
ing PUC plates are not requested unless the gross weight of the combination 
load and equipment exceeds 71,400 pounds which is 68,000 pounds plus the five 
per cent tolerance authorized by the Commission; whereas, in some cases, the 
allowable gross weight determined by forma is less than 68,000 pounds. It 
was his thought that the rule should be amended to cover such cases and suggested 
the following: The surrender of PUC plates shall be requested if the actual 
gross weight, as determined on the scales, exceeds an allowable gross weight 
of 68,000 pounds, as determined by formula, plus a five per cent tolerance ; 
and also shall be requested if the actual gross weight, as determined on the 
scales, exceeds the allowable gross weight, as determined by formula, plus a 
ten per cent tolerance provided that such tolerance shall not apply if the 
resultant gross weight is in éxcess of 71,400 pounds. The Commission approved 
the suggestion and ordered that such procedure be followed hereafter. 


The Engineer reported on the cost to improve the Nyssa-Adrian Second- 
ary Highway as has been requested by the Oregon Trail Grange, to eliminate ex- 
isting hazards. He advised that this matter was investigated by Division Engi- 
neer W. C. Williams who estimates the cost of grading, surfacing and oiling 
work to eliminate five right angle turns in a section 6,500 feet in length at 
$17,000 but who does not believe that the expenditure is justified. He gave 
as his thought that, if the improvement suggested by Mr. Williams is undertaken, 
it would be advisable to extend it to eliminate two railroad crossings which 
undoubtedly would add another mile to the improvement and increase the estimate 
to at least $30,000. The Commission decided not to approve the project at the 
present time on account of the existing financial stringency. 


The Commission discussed the Engineer's report on the cost to improve 
South Sixth Street, Klamath Falls, on a 60-foot right of way basis as compared 
to an 80-foot right of way, and the report on the cost to construct a bypass 
line from Main Street to South Sixth Street via the reclamation canal. Accord- 
ing to the re to reconstruct Sixth Street on a 60-foot right of way basis 
would cost $283 5027.92 with an additional expense of $11,165 for right of way, 
making a total of $294,192.92, and to construct on an 80-foot right of way will 
cost $621,193.33 with an additional cost of $149,330.00 for righ of way, making 


ee 


10767 


and including County Judge William 0. Powell; Eugene Marsh, attorney McMinn- 
ville; Senator W. E. Burke; S. L. Parrot, Chairman of the Highway Committee, 
Newberg Chamber of Commerce; Mr. Toney, McMinnville, and former County Com- 
missioner W. S. Allan, Dundee, came before the Commission in regard to the 
improvement of the Pacific Highway West between Newberg and McMinnville. Mr. 
Marsh headed the group. He alleged that this road is the second heaviest- 
traveled road in the state and that there are three sections between Newberg 
and McMinnville that are entirely too narrow to carry this traffic and where 
accidents frequently occur. He strongly urged the improvement of these three 
sections in the interest of safety to the general public and from the military 
standpoint to facilitate the movement of troops. The three places particularly 
mentioned for improvement are between Newberg and Dundee, between Dundee and 
the Unity School or Dayton Junction, and at the St. Joseph Underpass. He also 
asked for the widening of the bridge at Newberg. 


Mr. Parrott endorsed the remarks of Mr. Marsh and particularly pointed 
out the large volume of log-hauling traffic that uses this road. Senator Burke 
also endorsed Mr. Marsh's remarks. He alleged that the highway between Port- 
land, McMinnville and the Coast is second only to the Upper Columbia River 
Highway. Judge Powell and Mr. Allan also spoke for the improvement. Mr. Allan 
also asked consideration for the construction of the proposed road between 
Boyer on the Salmon River Highway and Dolph on the Three Rivers Highway, and 
completion of the Little Nestucca Secondary Highway from Dolph to the Coast. 

Mr. Marsh presented numerous newspaper clippings pertaining to accidents that 
have occured on the section of highway under discussion. 


Chairman Cabell advised that the Commission is cognizant of the con- 
dition of the Newberg-McMinnville Section and appreciates that it is in need 
of improvement; however, in his estimation, the condition of the road is only 
partially responsible for accidents. The Commission, he said, must be very 
careful about expending funds under its jurisdiction on the basis of accident 
reports because there may be other places in the state where similar conditions 
exist but where the accidents have not been brought to the attention of the Com- 
mission. Present plans of the Commission, he said, are to complete the recon- 
struction of the highway between Portland and McMinnville before doing very 
much improvement west of McMinnville and, under this program, the Commission 
has already completed a number of projects between Portland and Newberg. The 
Commission hopes, he said, to be able to spend additional funds on the project 
in the future but is not in position to make any definite commitments at this 
time because of the federal requirements which necessitate approval of the 
projects by the army and navy officials before federal funds can be expended 
thereon, and the Commission does not yet know just what highways are to be em- 
phasized as defense roads. It is the intention of the Commission, he said, to 
provide a balanced program for the entire state but until that is done the Cor 
mission will not be in position to make any definite statements or commitments 
with respect to projects such as under discussion. This concluded the confer- 
ence. 


At 2:30 p. m. Chairman Cabell announced the following awards of con- 
tracts and sale of buildings, bids for which were received at the morning ses- 
sion, such awards having previously been approved by the Commission by unanimous 
vote: 
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other highways heretofore adopted and/or which may hereafter from time 
to time be added, the system of secondary state highways under the 
provisions of said acts; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the State 
Highway Commission, all members being present and affirmatively voting 
and participating, as follows: 


1. That the following described market road, county road, 
highway route, or location of a highway in Multnomah County be and 
the said market road, county road, highway, location, or route, here- 
by is selected, designated, established, adopted and approved as a 
secondary state highway and shall be and hereby is designated as a 
part of the secondary state highway system, to wit: 


Sun Dial Secondary State Highway No. led: 


Beginning at a point on the Columbia River Highway approx- 
imately one mile west of Troutdale where the Columbia River 
Highway is intersected by the Sun Dial County Road; thence 
northerly to the Dike; e distance of approximately 1.3 miles. 


2. That the said h‘.ghway shall be and hereby is qualified 
for improvement under the provisions of said Chapter 248, Oregon Laws 
of 1931; Chapter 196, Oregon Laws of 1935; and Chapter 529, Oregon Laws 
of 1939; and amendments thereof. 


Mr. Merle Chessman, Chairman of the Advisory Committee on Publicity 
Matters, appeared before the Commission and presented the following resolution 
which, he said, was adopted by his committee on the previous day, recommending 
the suspension of magazine and newspaper advertising during the present war 
emergency: 


"Because of the state of war and because Oregon is a defense 
area, the Advisory Committee of the Travel and Information Department 
recommends to the Commission that it suspend its magazine end news- 
paper advertising program for the time being. The committee also 
urges that the advertising fund be kept intact and available for use 
at the earliest possible moment when advantageous to the public in- 
terest. The committee also recommends that no change be meade in the 
status of the Travel and Information Department at the present time 
because of the necessity for performing essential work of permanent 
value to the state regardless of the temporary suspension of space 
advertising." 


The Commission approved the resolution, it being understood, however, that the 
funds involved will be held intact for expenditure at some future date for the 
purpose intended, if the Commission so elects. 


A delegation from Yamhill County, consisting of about fifteen members 
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The Commission refers this bid to the Engineer with power to award 
the contract when certain conditions have been satisfied. 


"Campbell Bridge-Hazeldale Section of the Farmington Second- 
ary Highway, in Washington County. 4.56 miles grading, surfacing 
and oiling. Two bids were received for this project, the low one 
being that of A. H. Saxton & Son, Corvallis, in the amount of 
$55,872.50 based on the use of tar, and the other being that of 
Babler Brothers, Portland, in the amount of $61,768.00 also based 
on the use of tar. Neither of the contractors submitted a bid 
based on the use of asphalt. The Commission awards this contract 
to A. H. Saxton & Son at their low bid of $55,872.50 based on the 
use of tar. 


"Porcupine Bytte-Chichester Gulch Section of the Shaniko-Fossil 
Secondary Highway, in Wheeler County. 3.37 miles grading and topping. 
Norris Brothers, Seattle, Washington, submitted the low bid in the 
amount of $32,881.00 and C. J. Eldon, Portland, submitted the second- 
low bid in the amount of $35,172.20. There were three higher bidders. 
The Commission awards the contract to Norris Brothers at their low 
bid of $32,881.00." 


Sale of Buildings: 


"Sale of residence building in North Salem, No. 2754, formerly 
owned by Carl Vogl. Only one bid was received for the purchase of 
this building, being that of Burt Picha, Salem, at $51.50. The 
Commission considers this bid satisfactory and accordingly the 
building is sold to Mr. Picha at his bid price of $51.50. 


"Sale of residence building in South Salem, No. 9482, for- 
merly owned by Christian Ramseyer. Two bids were received for this 
building, the high one being that of C. Ramseyer, Salem, at $100.00 
and the other bid being that of Burt Picha, Salem, at $66.50. The 
Commission considers the bid of C. Ramseyer satisfactory and accord- 
ingly sells the building to him at his high bid of $100.00." 


The Attorney brought up for discussion a stipulation prepared by the 
United States Department of Interior relative to the Commission's application 
for right of way needed for the improvement of The Dalles-California Cpe ge 
across government-owned lands near Algoma, Klamath County. He read aloud the 
provisions of the stipulation and advised thet the federal authorities require 
acceptance of the same by the State Highway Commission, and that the state 
consent that they be made a part of the right of way easement before the right 
of way will be granted. The Commission considered the provisions of the stip- 
ulation too severe, and thereupon refused to approve or sign the a a 
In view of the fact that only a very small parcel of government-ow land was 
required in this particular instance and for the further reason that the high- 
way work has been completed, the Commission decided not to make an issue of 
this particular case, but to wait until a more important project arises in 
the future. The Attorney was instructed to write the Registrar of the U. Ss. 
Land Office, Lakeview, Oregon, and request a modification of the proposed re- 
quirements. 
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"Sisters Rock Production Project on state highways near Sisters, 
in Deschutes County. Requires approximately 17,000 cu. yds. crushed 
gravel in stock piles. Seven bids were received for this project, 
the low one being that of E. C. Hall Company, Bugene, at $24,475, and 
the second-low being that of R. 0. Dail & Warren Bros., Portland, in 
the amount of $24,755. ‘The Commission awards this contract to E. C. 
Hall Company at its low bid of $24,475. 


"Wright Ranch-Milo Section of the Tiller-Trail Secondary Highway, 
in Douglas County. 6.17 miles grading, surfacing and oiling; also 
furnish 2,600 cu. yds. crushed gravel in stock piles. C. J. Eldon, 
Portland, submitted the low bid for this project in the amount of 
$75,787.50. E. C. Hall Company, Bugene, submitted the second-low 
bid in the amount of $77,928.75. There were two higher bidders. 

The Commission refers all bids received for this project to the Engi- 
neer with power to award the contract to the low bidder when certain 
conditions have been satisfied. 


"Soda Mountain-Silvies Section of the John Day-Burns Highway, 
in Grant County. 7.19 miles grading, surfacing and oiling; also 
furnish 2,000 cu. yds. crushed rock in stock piles. Only one bid 
was submitted for this project being that of M. L. O'Neil & Son, 
Stanfield, in the amount of $110,090.75. The Commission refers 
the bid received for this project to the Engineer with power to 
award the contract to the bidder when certain conditions have been 
satisfied. 


"Polallie Creek-Hood River Rock Production Project on the Mt. 
Hood Highway, in Hood River County. Requires approximately 12,400 
cu. yds. crushed rock or crushed gravel in stock piles. Four bids 
were received for this project, the low bid being that of C. J. 
Eldon, Portland, in the amount of $26,400, and the second-low being 
that of E. C. Hall Company, Eugene, in the amount of $27,955. The 
Commission awards this contract to C. J. Eldon at his low bid of 
$26,400. 


"Sun Dial Highway Section of the Sun Dial Secondary Highway, in 
Multnomah County. 1.25 miles paving. The low bid for this project 
was submitted by Parker-Schram Company, Portland, in the amount of 
‘$19,939.50, and the second-low bid was submitted by Porter W. Yett, 
Portland, in the amount of $21,122. There were two higher bidders. 
The Commission refers all bids received for this project to the 
Engineer with power to award the contract to the low bidder when 
certain conditions have been satisfied. 


"South Unit of Enterprise-Forest Boundary Section of the Enter- 
prise-Lewiston Highway, in Wallowa County. 7.75 miles grading, sur- 
facing and oiling; also furnish 2,500 cu. yds. crushed rock in stock 
piles. The only bid for this project was submitted by Rogers Con- 
struction Company, Dayton, Washington, in the amount of $123,299.40. 


The Commission discussed briefly and ordered filed a report from 
Burton Hutton, Director of the 'Oregon on Parade" program conducted by Oregon 
State College radio station KOAC during the period June 10 to September 10, 
1941, toward which program the State Highway Department contributed $1,800 
to defray a portion of the expense involved. 


The Commission also discussed briefly and ordered filed a communi- 
cation from Charles H. Reynolds, LaGrande, President, Oregon Trail Associa- 
tion, requesting consideration of certain highway projects, in Union County, 
which were presented by him orally at the previous meeting. 


The Commission discussed a petition from Umatilla County residents 
requesting the construction of a dirt road paralleling the Weston-Elgin Highway P 
between Basket Road Junction and a point five miles westerly thereof so that j 
tractors, combines, et cetera, may be moved over this highway without damaging 
the oiled roadway. The Commission denied the request. 


A resolution was presented from Long Tom Grange No. 866, Junction 
City, Oregon, in which the Commission is requested to continue improvement of 
the Territorial Secondary Highway from the Lane-Benton County line to Cheshire, 
in Lane County. The Engineer pointed out that the Commission's budget provides 
for the improvement of this highway between Veneta and Crow and that it is pro- 
posed to award a contract for grading, surfacing and oiling this section, in- 
volving an expenditure of $60,000, at the January meeting of the Commission. 
It was his thought that it is now too late to change the program. It was the 
opinion of the Commission that the Veneta-Crow Section is the more important 
of the two projects and should go forward as planned. In any event it is now 
too late to change the allocation. The Secretary was instructed to so inform 
the petitioners. 


A resolution was presented from the Douglas County Taxpayers League 
requesting improvement of the Tiller-Trail Secondary Highway from Tiller to 
the Jackson County Line, a distance of 4.5 miles. The Engineer estimated the 
cost to complete this section on a primary-highway basis at $65,000 and on a 
secondary-highway basis at about $500,000. The Commission denied the request 
because of lack of funds with which to finance the work. 


The Commission discussed a request from the State Parks Superinten- 
dent for authority to improve an automobile parking area adjacent to the Oregon 
Coast Highway at Short Sand Beach State Park, involving en expenditure of ap- 
proximately $5,800 of state funds. It was explained that the Parks Superin- 
tendent has a large quantity of government-omed materials on hand for use in 
connection with this job, the value of the same being estimated at $2,400, and 
unless this material is used now the probabilities are that the government will 
recall it and the state will los: the benefit of the same. The Commission 
considered that the construction of such parking area is highly desirable and 
thereupon authorized the expenditure. 


The Commission discussed a request from the State Parks Superin- 
tendent for authority to purchase the following equipment for use in Silver 
Creek Falls State Park: 
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A delegation from Troutdale, consisting of A. R. Frey, Secretary of 
the Troutdale Commercial Club; A. D. Kendall, President of the Troutdale Commer- 
cial Club; Erick Enquist; and Dr. H, C. Tomlinsen, was present in regard to the 
construction of a road extending northerly from the Columbia River Highway at 
Troutdale to the new airport that is being constructed at this location. Mr. 
Frey headed the group. He advised that two routes are under discussion, one 
of which extends along the westerly bank of the Sandy River, and the other in- 
tersects the Columbia River Highway a short distance west of the Troutdale de- 
pot. He stated a preference for the first-mentioned road and advised that 
right of way for the same has already been secured although the road has not 
yet been designated a county road tut will be so designated later. This road, 
he said, will pass under the new Columbia River Highway when constructed and 
will connect with the old highway. The other route, he said, will also pass 
under the new highway when constructed and will connect with Second Street in 
Troutdale. Construction of either of these roads, he said, will relieve con- 
siderably traffic over the Sun Dial Road leading to the proposed aluminum plant 
at Troutdale. He advised that quick action is necessary because the airport is 
now being constructed and indications are that construction of an aluminum plant 
will proceed in the very near future. He urged the Commission to designate 
either of the routes as a secondary state highway and to construct the same. 
Chairman Cabell advised that the Commission will assist in the undertaking as 
much as possible but must know where the aluminum plant is to be located before 
it can make the necessary investigations and surveys to determine ‘whether or 
not the road is eligible for federal access road moneys. The Engineer was 
thereupon authorized to make the necessary studies when definite decision has 
been reached with respect to the location of the aluminum plant and to submit 
the project to the government authorities for approval if the investigations 
indicate thet the project is eligible for the government funds. 


Reconsideration was given by the Commission to the matter of improv- 
ing South Sixth Street, Klamath Falls. After considerable discussion the Com- 
mission voted unanimously to improve this street on an 80-foot right of way 
basis. The Engineer was thereupon authorized and instructed to work up the 
plans for the project and submit the same to the federal euthorities for ap- 
proval. 


The Assistant Attorney requested authority, in view of the Commis- 
sion's action, to close an option for the acquisition of right of way needed 
from B. Frank Owens. He explained that this property is to be acquired for mov- 
ing the Piggly Wiggly Store now located on the H, G. Beardsley property, and 
also for moving the store on the adjoining Mary F. Park property; further, that 
the option for this property expires on January 1, 1942, that it is a very good 
deal, and, if the Commission intends to proceed with the improvement, the op- 
tion should be completed immediately. He further explained that the land is 
being donated but the state's obligation is to move the store buildings. After 
discussion the Commission authorized the teking up of this option at the option 
price of $6,000, it being understood, however, that this is the only one author- 
ized at this time. It was also understood that the Piggly Wiggly people would 
be allowed to continue occupancy of the building in its present location until 
the property is needed for the highway improvement. 
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of the unoiled strips along Western Avenue (route of the Klamath Falls—Lakeview 
Highway), where new sidewalks were recently constructed by the city. The 
Engineer advised that this project is about 2,440 feet in length and extends 
from the westerly city limits to Dewey Street, which is the Fremont Highway 
intersection. He estimated the cost of the project at $15,000. He gave as 
his opinion that this is a meritorious project and should be constructed if 
possible. The Commission indicated a favorable attitude toward the project 
but deferred a definite decision until next spring when it decides its 1942 
oiling program. The Secretary was instructed to so inform the city. 


The Ashland delegation reappeared before the Commission in regard to 
the proposed Plaza Corner improvement on the Pacific Highway in Ashland. Mr. 
Van Dyke, City Attorney, stated that they have conferred by telephone with 
the local appraisers of the property needed by the state and are convinced 
that they can secure a $5,000 reduction in the total cost based on a 73 per 
cent reduction of the option prices. He urged the Commission to approve such 
reduction and to definitely authorize the project at this meeting so that work 
can go forward at the earliest possible time. After considerable discussion 
the Commission by unanimous vote approved the project on the basis of a $5,000 
reduction, such reduction to be secured from all of the property owners in- 
volved, if possible, rather than from only one or two. This will reduce the 
total cost of the project from $82,000 to $77,000. The Engineer was authorized 
to advertise this project for bids when right of way matters have been satis- 
factorily disposed of and the reduction in the total cost of right of way se- 
cured. The delegation members guaranteed to secure the $5,000 reduction and 
an additional reduction of $1,000 if possible. 


A letter was presented from Mrs. W. H. Tucker, Estacada, opposing 
the construction of a new road extending up DuBois Canyon, Clackamas County, 
as a substitute for the present road. The Engineer advised that the road re- 
ferred to is a part of the Woodburn-Sandy Secondary State Highway No. 1él, 
south of Estacada; also that several years ago a survey was made for 4 new 
alignment from Estacada to Springwater, a distance of about four miles. An 
estimate made at the time, he said, indicated that the reconstruction of this 
section would cost about $200,000. In view of the expense involved the Com 
mission decided not to construct the new section; however, instructed the 
Engineer to maintain the present road in the best possible condition. 


A letter was presented from the Waldport Chamber of Commerce urging 
modernization of the remaining section of the Alsea Highway. The Engineer read 
the letter aloud and advised that the Commission's budget contains an item of 
$75,000 for improvement of the Tidewater-Alsea Section; also that, for an ad- 
ditional expenditure of about $50,000, a light oil treatment could be placed 
an the remaining section. He was instructed to inform the chamber of commerce 
that the Commission had plans to spend $75,000 of state funds on this road and 
to approve additional forest highway funds for the improvement of another sec- 
tion; however, the present war emergency has made it necessary to change the 
plans so, under the circumstances, it doubts if the work can be done at all, 
at least not until the present emergency is over. 
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i 1 refrigeration plant. Estimated cost $350.00 
te 1 hot food table. Estimated cost $385.00 


. The Commission epproved the purchase of the refrigeration plant but not the 
if hot food table. 


ai The Engineer also requested authority to purchase the following equip- 
ment: 


14 pick-up trucks, 11 old trucks to be traded in as part 
purchase price. Estimated total cash outlay $9,450.00 


1 lighting plant for use at Pistol River Maintenance Station 
to replace a worn-out plant at this location. Estimated 
cost $750.00 


4 $-yard power shovels, 3 old shovels and 1 old steam hoist 
to be traded in as part purchase price. Estimated total 
cash outlay $26,000.00. 


After discussion the Commission approved the purchase of such equipment by unen- 
imous vote. 


The Engineer reported the following awards of contracts in accord- 
ance with authority previously given him by the Commission, the conditions of 
the awards having been satisfied: 


‘ "Halsey Rock Production Project on the Pacific Highway East 
a and Halsey-Sweethome Secondary Highway, in Linn County. Bids taken 
November 18; contract awarded November 25, 1941, to A. H. Saxton & 

Son, the low bidders. 


"Roadbed widening on the Interstate Bridge-Oregon Slough Sec- 
tion of the Pacific Highway East, in Multnomah County. Bids taken 
November 18; contract awarded December 4, 1941, to Porter W. Yett, 
the low bidder. 


"Surfacing and oiling the Grants Creek-Powers Section of the 
Powers Secondary Highway, in Coos County. Bids taken November 17; 
¢ contract awarded December 15, 1941, to Coos Bay Dredging Company, 
the low bidder. 


: "Railroad roadbed construction on the Eugene-Judkins Point Sec- 
Fi tion of the Pacific Highway, in Lane County. Bids taken November 17; 
contract awarded December 16, 1941, to yg and Macdonald, Inc., 
the low bidders." 


The Commission confirmed the awards as reported. 


» 


A letter was presented from the City of Lakeview, requesting the oiling 
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recommended denial of the request for the reason that the granting of such 
permit would establish a general policy which would react adversely in dis- 
posing of similar requests in the future, and for the further reason that the ; 
cable would be unsightly and might cause an accident if an aviator should have x. 
pm to fly between the bridge towers. The Commission approved the recom- = 
men on. 


=~ 
=m 4 


The Commission had under discussion the matter of paying certain 4 
claims for gasoline incurred by a Mr. W. B. Gaskins, Jr., which gasoline was o¢ 
used in a State Highway Department truck that was stolen and used by Mr. Gaskins. ae | 
It appears that the truck in question was assigned to the State Parks Depart- x | 
ment and that it was stolen by Mr. Gaskins on October 13, 1941; further, that = 3 
he used the truck to travel up and down the Oregon Coast Highway between iid 
Newport and Marshfield, and used the credit cards that were in the truck to 4 
purchase gasoline for the most part, although in one instance he obtained ; 
gasoline from a Texas Oil Company service station without a credit card, the 5 
attendant having extended credit because he was driving state equipment and 
had credit cards from other companies. It also appears that Mr. Gaskins pur- 
chased groceries, et cetera, charging the same to the State Highway Department. 
The question arose whether or not the State Highway Commission is responsible 
and liable for the payment cf such claims. The Attorney gave as his opinion 
that the state is not legally obligated to pay for the groceries, et cetera, P 
and the gasoline that was purchased without credit card, but the state is 
liable for the payment of gasoline that was purehased with the credit cards 
that were in the truck. After discussion the Commission approved payment of 
the claims covering gasoline purchased on the credit cards but assumed no ob- 
ligation as to the remaining claims. 


Reconsideration was given by the Commission to the claim of the A. > 
E. Gault Lumber Company, Cheshire, Oregon, for the destruction of a bridge on 
a private road approach to the Siuslaw Highway, in Lane County, said claim 
being in the amount of $80.00. It appears that the bridge in question was 
being maintained on property owned by a Mr. Charles Pope who had granted the 
Gault Lumber Company permission to maintain and use the same for a roadway 
across his property in connection with the transportation of equipment and 
timber products from the lumber company's mill to the highway, and that such 
agreement will not expire for some five years. It also appears that, during 
the improvement of the Siuslaw Highway at this location, instructions were 
given the contractor by the Engineer to wreck the bridge which was done with- 
out consent of the Gault Lumber Company. The Engineer recommended payment of 
the claim in’ view of the fact that the old bridge was destroyed under orders 
of the resident engineer, notwithstanding that there is some question whether 
or not the state is liable. The Commission approved the recommendation. 


The Commission had under discussion the matter of authorizing move- 
ments of equipment 60 feet overall in length and having a gross weight of 
68,000 pounds over state highways during the present war emergency. It was 
brought out in the discussion of this matter that it is absolutely necessary 
to move defense materials and supplies quickly and without delay from points 
in California to points in Oregon and in Washington, necessitating the use of 
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A letter was presented from A. E. Papineau, Chairman, Roadg and 
Highway Committee, Parkrose Chamber of Commerce, relative to the installa- 
tion of ‘stop and go" lights on Sandy Boulevard at its intersection with N. E. 
89th Avenue, N. E. 99th Avenue, and N. E. 105th Avenue. The Engineer advised 
that flashing beacons are now being maintained at these intersections and there 
is a coubt in his mind whether or not "stop and go" lights will prevent ac- 
cidents occuring; also, there is a question whether "stop and go" lights can 
be purchased in view of the present emergency. After discussion the Commission 
ordered that the chamber of commerce be informed of the facts and that the Com- 
mission does not consider the time propitious for the installation of such type 
of signals. 


The Commission discussed and denied a request from the City of 
Klamath Falls for the installation of a lighting system along Seuth Sixth 
Street, route of the Klamath Falls-Lakeview Highway, between Main Street and 
the Klamath Falls southerly city limits. 


The Commission considered and signed an agreement with the City of 
Tillamook providing for the disposition of the state's claim against the city 
arising out of the construction of the Oregon Coast Highway between First 
Street and the northerly city limits of Tillamook, as per agreement dated 
January 8, 1931. (See agreement for details of settlement) 


A letter was presented from the Commission of Public Docks, Port- 
land, renewing its request for a contribution of $25 of state highway funds 
to assist in the cost of preparing maps for use in opposing proposed congres-~ 
sional legislation with respect to submerged and tide lands. The Commission 
considered it inadvisable to spend state funds for such purpose and instructed 
the Attorney to so inform the Commission of Public Docks. 


The Attorney requested instructions whether or not to take legal 
action against Messrs. F. A. Greer and James Saint, Marshfield, for damag- 
ing the railing on the state highway viaduct at the south end of Broadway 
Street, in Marshfield. It appears that these men had an erroneous idea that 
the old viaduct at the Coal Bank Slough Bridge location was to be wrecked 
upon completion of a new highway improvement and accordingly removed the hand- 
rail therefrom without first obtaining permission so to do from the State 
Highway Department. It also «ppears that it was not intended that this en- 
tire viaduct would be wrecked and that Messrs. Greer and Saint have refused 
to restore the railing, notwithstanding thet they have been requested on 
several occasions so to do. Txe Engineer estimated that it would cost about 
$225 to restore the handrail. After discussion the Commission instructed the 
kttorney to point out to Messrs. Greer and Saint that they sre criminally 
liable for this damage and are subject to prosecution on such basis. However, 
the Commission does not feel inclined to take criminal action unless absolutely 
necessary and will not do so if they will pry the account without delay. 


The Commission had under discussion a request from the Pacific Tele- 
phone and Telegraph Company for permission to place an aerial telephone cable 
between the towers of the Interstate Bridge at Pertland. The Engineer 


laws of the State of Idaho to the east, the maximum length of ve- 
hicle or combination of vehicle and load is fixed by law at 60 feet, 
and the maximum or combined weight of vehicle or combination of ve- 
hicle and load at 68,000 pounds; and 


WHEREAS, it appears that because of the restrictions and 
inhibitions imposed by Oregon laws by which the maximum length of 
vehicle and load or combination of vehicle and load is fixed at 50 
feet, and the maximum combined weight of vehicle and load or com 
bination of vehicle and load is fixed at 54,000 pounds, the effi- 
cient and necessary movement of defense materials through Oregon 
is materially handicapped and impaired. 


NOW, THEREFORE, because of and based upon the foregoing 
recitals and findings the Oregon State Highway Commission, all 
members being present and voting affirmatively, does hereby resolve 
and declare as follows: 


1. That during the present emergency a permit or per- 
mits may be granted for the movement over public highways of the 
State of Oregon of a vehicle or combination of vehicles having an 
overall length of load and vehicle up to but not exceeding 60 feet 
in length. 


2. That likewise during the present emergency a permit 
or permits may be granted for the movement over public highways of 
the State of Oregon of a vehicle or combination of vehicles having 
a combined weight of load and vehicle or combination of vehicle and 
load up to but not exceeding 68,000 pounds. 


3. No permit shall be issued for any movement until the 
applicant shail disclose in a manner satisfactory to the Highway 
Commission the type and character of vehicle, its size or dimen- 
sions, and whether single vehicle or combination of vehicles, the 
maximum load or loads to be carried thereon, with a sufficient and 
satisfactory description of the commodities or materials to be 
hauled; and shall also disclose to the satisfaction of the Commis- 
sion, the point of origin, the point of destination, the name of 
the consignor, the name of the consignee, and e description of the 
property being moved together with the road or highway over which 
the same is to move and such other information or data as the High- 
way Commission may require. 


4. Each applicant for a permit shall establish to the 
satisfaction of the Commission that the applicant carries adequate 
public liability and property damage insurance for the protection 
not only of the members of the Highway Commission and members of 
its staff but for the protection of the members of the general 
public who may sustain injuries or loss by reason of or caused by 
the movement of a vehicle or vehicles under and pursuant to any 
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I Oregon highways; further, that, in connection with such movements, it is fre- 
K quently necessary to use equipment that exceeds the Oregon limitations as to 
if length and weight. It was the thought of the Commission thet everything pos- 
fF sible should be done to expedite such movements in the present emergency. The 
" colenine resolution pertaining thereto was adopted by the Commission by unan- 
5 imous vote: 


eal 
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a WHEREAS, under and by virtue of the provisions of section 
115-385 0. C. L. A., it is provided with respect to the movement of 
motor vehicles over the public highways of the State that no vehicle 
with or without load shall exceed a length of thirty-five (35) feet 

extreme overall dimension, inclusive of front and rear bumpers, and 

/ that no train of vehicles coupled together with or without load shall 

i exceed a total length of 50 feet; and - 


WHEREAS, likewise with respect to the movement of vehicles 

i over the public highways of the State, it is provided by section 
115-387 0. C. L. A. that no motor vehicle shall be driven upon any 

i} highway of the State having a combined weight of both vehicle and 

} load, or a combined weight of any combination of vehicle and load, 


i in excess of 54,000 pounds; and 
id 
i WHEREAS, it is provided by section 115-393 0. C. L. A. that 
uy the State Highway Commission may, upon application and upon a finding 


by the Commission that the interests of the public will be served by 
it the proposed movement, grant written permission for the movement of 
fe any vehicle, article, property, or thing having a combined weight 

in excess of that permitted by law or being of a size or description 
not permitted under the provision of the law; and 


WHEREAS, because of the emergency which now exists it ap- 
pears that transport facilities by motor vehicle are inadequate for 
the proper and efficient movement of defense materials if motor 
transports are required to conform to the law of the State with re- 
spect to maximum length of vehicle or combination of vehicle and load, 
and with respect to maximum weight of vehicle or combination of vehicle 
and load; and 
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WHEREAS, after and as a result of investigation caused to 
be made by the State Highway Commission with respect to the needs of 
the Federal Government and the transportation facilities available 
for the movement of defense materials, and with respect also to the 
particular highways over which it is proposed to move said materials, 
it is deemed by and is the judgment of the Highway Commission that 
the best interests of the State of Oregon and of the country as a 
whole require that some special and temporary arrangement be made to 
facilitate movement by motor transport of defense materials over the 
public highways of the State of Oregon; and 


WHEREAS, under the laws of the State of California to the 
south, and the laws of the State of Washington to the north, and the 
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permits will be issued for the individual movements of truck trains ES: 
of maximum dimensions and weights as hereinafter described, in the 
carrying of defense goods destined to or from a government army or 5G 
navy depot and required to move into and through this state. At *: 
least one-half of the goods hauled, either in bulk or in weight, mst - 
be what is termed defense goods. a 


The truck train shall not exceed 60 feet in length, shall 
not have a gross weight of more than 68,000 pounds, nor an axle 
weight in excess of 18,000 pounds. The allowable gross weight shall 
be controlled by the formula We750x(L+40), wherein Wetotal gross 
weight, Lelength between first and last axles. The total gross weight 
applied to any group of axles spaced closer than 18 feet apart shall 
not exceed that determined by the formula W=650x(L+40), wherein 
Wegross weight and L=distance between first and last axles of the 
group in question. 


A collect telegraphic permit will be given for the move- 
ment of the truck train at the point of origin, which telegram will 
serve as notification to the state police of the authority to make 
the movement under the conditions of this letter over the highway 
routes stated. Please state in your telegram to us route desired 
and identification numbers of your truck and trailer. A copy of the 
telegram for each and every movement will be sent on the same day to 
your office. 


Please return one copy of the telegram, with an affidavit 
similar to the one attached which certifies that the movement was 
in the interests of national defense and that the truck train was 
carrying defense goods as enumerated. 


It is to be expected that the necessity for transportation 
of defense goods may arise for a movement in one direction only and 
that the return movement may be made without the carrying of defense 
goods. In such case a permit will be necessary for the return move- 
ment and the affidavit shall state that the truck on its former trip 
carried defense goods pursuant to permit No. ‘ 


The Commission approved and signed a supplemental agreement with 
the Nationai Hospital Association covering the furnishing of medical service 
to state highway department employees during the calendar year 1942. 


A letter was presented from the County Court of Klamath County re- 
questing snow removal operations on the Crescent Lake county road during the 
winter of 1941 and 1942, on the same basis as such work was performed during 
the past winter, viz., the state agrees to remove snow from this road and the 
county agrees to reimburse the state for such undertaking. The Commission ap- 


proved the request. 
The Engineer reported an inquiry from the Public Utilities 
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permit issued by virtue of this resolution. 


5. Any permit issued shall contain a definite provision that 
the gross weight of any vehicle or combination of vehicles shall not 
exceed 68,000 pounds and that the axle weight shall in no instance be 
in excess of 18,000 pounds. Said permit shall contain « further pro- 
vision that the allowable gross weight shall be controlled by the for- 
mula W-750x(L+40), wherein W equals total gross weight, L equals length 
between first and last axles. The total gross weight applied to any 
group of axles spaced closer than 18 feet apart shall not exceed that 
determined by the formula W equals 650x(L+40), wherein W equals gross 
weight and L equals distance between first and lest axles of the group 
in question. 


6.This resolution shall be entered in the minutes and records 
of the Commission and a certified copy thereof given to each applicant 
for a permit under this emergency procedure and provision, and there- 
after, for the purpose of expediency, further matters with respect to 
any particular application or permit may be handled by telegram be- 
tween the applicant or permittee and the Highway Commission through 
its Secretary at Salem, Oregon, with such follow-up data as may be 
required by the Commission. 


7. The disclosures made by the applicant with respect to 
any particular movement, the kind and character of commodity to be 
moved, the point of origin and point of destination, the name of con- 
signor and the name of consignee shall be verified under oath by some~ 
one qualified to make such disclosures for the applicant or permittee. 


8. Any permit issued under the provisions of this resolu- 
tion shall be for a single movement only and for the return of the 
vehicle with or without load. If the vehicle is to return loaded, 
permission for such movement will, upon telegraphic application, be 
granted without the requirement of certificate concerning defense 
commodities or supplies. The return load may consist of defense and 
civilian commodities and supplies, but the gross weight of vehicle, 
or combination of vehicle and load, shall not exceed 68,000 pounds. 


9. This procedure and policy on the part of the State High- 
way Commission is influenced and controlled by existing war emergencies 
and may by the Commission and within its sole discretion be discontinued 
and rescinded at any time. 


The Commission also approved the following form of permit covering 


such movements of defense goods and authorized the Secretary to issue permits 
in conformity therewith: 


Gentlemen: 


Pursuant to your request for the movement of defense goods, 
advise that until further notified, due to this period of war emergency, 
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county road purposes and has been abandoned as a state highway by 
the State Highway Commission. 


Resolution from Lane County Court retaining for county road purposes y 
@ portion of the old right of way of the Oregon Coast Highway just 3 
north of the city of Florence heretofore abandoned by the State 

Highway Commission as a state highway on account of the reconstruc- 

tion of the highway on another alignment. 


Resolution from Wallowa County Court abandoning to the use and ie 
benefit of the abutting property owner a portion of the old right E 
of way of the Wallowa Lake Highway heretofore abandoned by the ie 
State Highway Commission when the highway was reconstructed on a 
another alignment. 


A letter was presented from the LaGrande Rotary Club endorsing the ‘| 
movement to name the highway between Union and Medical Springs "The Dunham a 
Wright Trail" inasmuch as this movement is to commemorate the one-hundredth 3 
anniversary of the birth of Dunham liright, one of Oregon's oldest pioneers. 
The Commission denied the request for such designation as a matter of policy. 


A letter was presented from the Salem School Board in which request 
was made for a survey to determine the possibilities of rerouting Pacific 
Highway traffic so that it will not pass in front of the Parrish Junior High 
School on North Capitol Street, Salem, endangering the lives of school child- 
ren. The Engineer pointed out that the school was built after the highway 
was routed on Capitol Street and that, when the site for the school was being 
discussed, this feature was brought to the attention of the school board not- 
withstanding which the board approved the site and constructed the school 
building. After discussion the Commission ordered that the school board be 
advised that the present routing of traffic on Capitol Street was made at the 
request of the Salem City Council anc that the Commission does not feel inclined 
to make any change although it will concur in any change that the city may 
propose; also, that, if a change is made, the city will have to assume the re- 
sponsibility for maintenance of the street over which the traffic is rerouted. 
The Engineer was instructed to discuss the matter with the city officials be- 
fore such reply is made to the school board. He was also instructed to bring 
the matter to the Commission's attention again after consulting with the city 


officials. 


A letter was presented from Alex Miller, Industrial Specialist, 
Iron and Steel Branch, Office of Production Management, in reply to the Engi- 
neer's letter of November 6, 1941, with respect to the sale of scrap steel, in 
which Mr. Miller advises that it will be satisfactory for the Commission to 
continue to dispose of its scrap materials as in the past but suggests that 
the material be not sold above the ceiling prices fixed by the Office of Price 
Administration. The Commission took no action. 


The Engineer presented a list of surveys that he has ordered since 
the last meeting of the Commission, and asked the Commission to confirm them 
and the amounts allocated for each. After due consideration the Commission 
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Commissioner as to whether or not the State Highway Commission will pay 50 per 
cent of the salary of a man employed in his office to handle permits in which 
the Highway Commission is particularly concerned. It appears that most of the 
permit work that is handled by the Public Utilities Commissioner originates in 
or concerns the State Highway Department and, under the present budget arrange- 
ment, the Public Utilities Commissioner is unable to handle the details and 
still keep his costs within the budget allowance, which necessitates other 
financial arrangements. It was the thought of the Public Utilities Commission- 
er that, inasmuch as most of such permits concern the State Highway Department, 
the State Highway Commission might be willing to pay 50 per cent of the salary 
of the man who handles them. After discussion the Commission by unanimous vote 
approved such arrangement. 


The Commission discussed briefly and ordered filed a letter from the 
Oregon Coast Highway Association opposing the increasing of weights and lengths 
of commercial trucks, that use Oregon highways, on the grounds of public sefety 
and convenience because it is not believed that thoroughfares built at the ex- 
pense of Oregon motorists should be converted to the use of private enterprise 
and profit until such enterprise shall assume or agrees to assume a fair share 
of the expense of reconstruction and maintenance of such highways. 


A petition, signed by 36 businessmen and citizens of Grants Pass and 
vicinity, was presented in which the Commission was urged to make further studies 
of conditions at the intersection of the Redwood Highway and the Pacific High- 
way at Grants Pass and to do what may be necessary to reduce the traffic hazard 
at this point. The Engineer advised that this matter has been given very care- 
ful study and in his estimation all possible has been done to safeguard traffic 
at this point. The Commission took no action on the matter. 


The Secretary presented a letter from Mr. C. A. Brown, Pleasant Val- 
ley, Oregon, directed to the Honorable Earl Snell, Seeretiry of State, in which 
Mr. Brown suggests approval of a plan to fence all main highways in the range 
counties of the state so as to prevent livestock from having access to the 
highways and the occurrence of accidents involving livestock. The Commission 
considered that the adoption of a fence-construction program at this time is 
too costly an undertaking and accordingly denied the request. 


The Commission considered and approved the following communications 
relative to the abandonment of certain portions of right of way of state high- 
ways that have been rendered valueless from the state highway standpoint on ac- 
count of reconstruction of the highway on new alignment: 


Letter from the County Court of Jackson County abandoning to the use 
and benefit of adjoining and abutting property owmers 4 portion of 
the old right of way of the Pacific Highway in Section 22, Township 
36 South, Range 3 West, W.M., Jackson County. 


Letter from the City of Coquille stating that the county has deeded 


to Mary A. Burns that portion of Burns Acres known as Block 1, orig- 
inally a county road, inasmch as this property is not needed for 
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Plans - - - — - 26-1449 - Front Street (Portland), Pacific Highway West, 
Multnomah County 2nd authorization 
Total to date $1,100 
Location - — - 26-1453 - Dodson-Bonneville Section, Columbia River Highway, 
Multnomah County lst authorization $3,000 
Plans - = - - 226-1454 - Germantown Road-Logie Trail Section, County Road, 
Multnomah County lst authorization $2,000 
Plans - - - - - 26-1455 - Parkrose-Troutdale Section, Columbia River Highway, 
Multnomah County lst authorization $3,000 
Plans - - - - 226-1456 - Sundial Ranch Section, Sundial Highway, Multnomah 
County lst authorization $200 
Location - - 127-1419 - Gooseneck Creek-Mill Creek Section, Dallas-Coast Hwy., 
Polk County lst authorization $300 
Location -— - - 29-1435 - Tillamook-Pleasant Valley Section, Oregon Coast Hwy., 
Tillamook County 2nd authorization $6,000 


Total to date $8,000 
Location - - - 29-1436 - Tillamock-Donaldson Creek Section, Wilson River Hwy., 


Tillamook County lst authorization $3,488 
Location - - - 30-1442 - Milton-Washington State Line, Oregon-Washington Hwy., 

Umatilla County lst authorization £4,000 
Plans - - - - - 36-1429 - Sheridan-McMinnville Section, Salmon River Highway, 

Yamhill County lst authorization $2,700 
Plans - - - - - 4-1455 - Neawana Creek-Seaside Golf Course Section, Oregon 


Coast Hwy., Clatsop Co., lst authorization $3,000 


The Engineer reported that a number of surveys heretofore authorized 
by the Commission have been completed. He presented a list of such surveys 
and reported briefly on each survey listed thereon. After due consideration 
the Commission approved the respective surveys, as reported, and adopted the 
following resolution in regard thereto: 


WHEREAS, the State Highway Commission heretofore has auth- 
orized and instructed the State Highway Engineer to make surveys on 
certain sections or portions of the highways of the State of Oregon; 
and 


WHEREAS, pursuant to said authorization the State Highway 
Engineer has made and completed the said surveys and has filed the 
maps and plans of the said surveys in the files of the State High- 
way Commission, in Salem, Oregon; and 


WHEREAS, the maps and plans of the said surveys have been 
examined by the State Highway Commission and have been found suit- 
able in all respects for approval and adoption by the State Highway 
Commission; 


NOW, THEREFORE, BE IT RESOLVED that the surveys hereinafter 
designated and described, together with their identifying location 
map file numbers, as shown in the map-filing records of the State 
Highway Commission in its Salem office, be and they are hereby 
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authorized.and instructed the Engineer to make such location surveys;on, various 
sections of the highways of this state, which said sections of highways, to- 
gether with their identifying survey numbers and the amounts authorized and 
allocated for such survey expenditures, are as follows: 


1-1428 - Durkee Undercrossing, Old Oregon Trail Highway, 
Baker County lst authorization $500 
Stock Pile - — 1~-1429 - Baker Rock Production, Old Oregon Trail, Baker- 
Homestead, Baker—Unity Highways, Baker County 
lst authorization $200 
3-1431 - West Linn Section, Oswego Highway, Clackamas County 
lst authorization $400 
4-1461 - Astoria (Bond St.-Com'l. St.) Section, Oregon Coast 
Highway, Clatsop County, lst authorization $600 
Plans - - - - 204-1458 - Skipanon Connection, Military Access Road, Clatsop 
County 2nd authorization $700 
Total to date $1,700 
Right of Way - -4-3008 - Volmer Creek-Necanicum Junction Section, Wolf Creek 
Highway, Clatsop Co. lst authorization $110 
6-1425 - Marshfield-Bunker Hill Section, Oregon Coast Hwy., 
Coos County lst authorization $450 
Right of Way -106-1426 - Grants Creek~Powers Section, Powers Highway, Coos 
County lst authorization $ 
Rice Hill-Chenoweth Park Section, Pacific Highway, 
Douglas County lst authorization $8 
Location - - 110-1433 - Wright Ranch-Tiller Section, Tiller-Trail Highway, 
Douglas County 2nd authorization $1,700 
Total to date $5,000 
Plans - - - - 13-1407 - Cinder Butte-Wagontire Section, Lakeview-Burns Hwy., 
Harney County 3rd authorization $850 
Total to date $3,350 
Plens - - - - 13+1418 - Poison Creek Section, John Day-Burns Highway, 
Harney County lst authorization $3,000 
Relocation - - 21-1456 - South Delake Section, Oregon Coast Highway, Lincoln 
County lst authorization $300 
Plans - - - - 21-1457 - Toledo Footpath Section, Corvallis-—Newport Highway, 
Lincoln County lst authorization $475 
Prospect - - - 22-1440 - Lebanon-Sweethome Section, Santiam Highway, Linn 
County 2nd authorization $400 
Total to date $800 
Plans - - - - 122-1443 - Schindler Bridge-Lyons Section, Albany-Lyons Hwy., 
Linn County lst authorization 
Location - - - 22-1444 - Foster-Cascadia Section, Santiam Highway, Linn 
County lst authorization $3,600 
Slide ---=-- 22-1445 - Slide MP 56.9, Santiam Highway, Linn County 
lst authorization $250 
Plans - - - - 224-1442 - Hood Street (Broadway St.-Church St.), City of 
Salem, Marion County lst authorization $150 
Plans - - - - 224-1443 - 12th Street (State St.-City Limits), City of Salem, 
Marion County lst authorization $750 


BE IT FURTHER RESOLVED that the State Highway Engineer be 
and he hereby is authorized to make such minor changes in the said 
locations as may improve the standards of alignment and grades not 
ee with the general location of the section of highway in- 
vo. . 


The Commission had under discussion the following requests for exten- 
sions of time within which to complete highway construction projects: 


Coos Bay Dredging Company, contract No. 2339, for grading and 
construction of bituminous macadam surfacing on the Bandon Section 
of the Oregon Coast Highway, in Coos County, requested an additional 
extension of time, from July 31 to September 5, 1941, within which 
to complete this project. It gave no reason for failure to complete 
the project within the specified time limit. The Engineer advised 
that the Commission took bids for this project on June 14, 1940; 
however, the contract was not awarded until July 12, 1940, and the 
contractor started operations on July 15, 1940. He further advised 
that the date of completion specified in the contract was October 31, 
1940, but on account of the delay in the cward of the contract this 
was extended by the Commission to July 31, 1941, without penalty. 
Practically all of the work in connection with this job, he said, was 
done before the first of this year, the unfinished portion consisting 
of construction of the pavement which work was sublet to Warren North- 
west, Inc., which was prevented from starting the work early in the 
summer due to contracts that it had for pavement work at airports and 
was greatly hindered in the progress of construction by scarcity of 
skilled workmen. He recommended, in view of the circumstances and 
the fact that there is heavy demand by the government for paving 
plants, that the extension of time requested be granted without pen- 
alty notwithstanding that the Public Roads Administration concurs 
in the granting of the extension only to August 23, 1941, without 
penalty. The Commission approved the rewommendation. 


Porter W. Yett, contract No. 2344, for grading and paving Lom- 
bard Street-Killingsworth Street Section of Lombard Street and North- 
east Portlend Secondary Highway, in Multnomah County, requested an 
extension of time from July 31 to September 25, 1941, within which 
to complete this project. He gave the following reasons for failure 
to complete the project within the specified time limit: (1) addi- 
tions to the contract ordered after completion date, consisting of 
three additional culvert pipes under driveways; one set of concrete 
steps; additional grading work at 60th Avenue Northeast as requested 
by the county roadmaster; also increase in the oiling of street in- 
tersectiors; (2) orders from the Division Engineer to delay grading 
operations between 72nd and 82nd Avenues to facilitate the movement 
of United States Army troops during the summer months; also loss of 
time on account of movement of said trgops; (3) excessive wet weather 


adopted and approved as the location surveys of the various portions 
or sections of highways involved: 


iie No. Prefix County Type of Survey Section Highway 
5 B 33-13 4-1441 Clatsop Location Necanicum River-Hug Point Ore. “Coast 
1 A 8-37&38 204-1446 Clatsop Location Camp Clatsop-Fort Stevens IMilitary 
5 B 31-911 Access Rd. 
5 B 31-20 4-1449 Clatsop Location Astoria-Tongue Point Col. River 
5 B 32-21 204-1448 Clatsop Location Humbug-Fishhawk Falls Fishhawk- 
Falls 
5 B 33-7 6-1422 Coos Reconn. Noble Creek-Bear Creek Ore. Coast 
5 B 24~20&221 107-2806 Crook Location Jefferson Co. Line- Warm 
Prineville Springs 
5 B 33-6 8-2814 Curry Reconn. Gold Beach-Brookings Ore. Coast 
5 B 19-6 8-1415 Curry Location Gold Beach Ore. Coast 
5 B 31-5 10-2825 Douglas Location Gardiner Ore. Coast 
4 8 13-11 
4 B 12-5 11-2807 Gilliam Location Blalock-Arlington Columbia 
5 B 31-15 
5 B 33-14 114-1416 Hood River Location Dee-Parkdale Hood River 
5 B 30-3 115-1425 Jackson Location W. Lake Cr.-Little Butte ‘Little Butte 
Creek Creek 
5 B 25-8 116-2808 Jefferson Location Lamonta-Crook Co. Line Warm Springs 
5 B 32-7 
5 B 28-11 
5 B 30-9 17-2810 Josephine Location Wolf Cr.-Jump Off Joe Cr. Pacific 
5 B 29-14 18-1441 Klamath Location Barclay Springs-Terminal The Dalles- 
City California 
5 B 32-1 119-1425 Lake Location Warner Summit-hud Cr. Warner 
5 B 33-16 219-1501 Lake Location Cottonwood Hill-W.Side Lake Co. Rd. 
5 B 33-17 219-1501 Lake Location Maddocks Ste.-Idaho Grange Lake Co. Rd. 
5 B 31-1 20-2837 Lane Location Goshen-Pleasant Valley Willamette 
5 B 20-22 223-1424 Malheur Location Cow Hollow-Adrian key 
Co. Rd.) 
5 B 23-15 224-2821 Marion Location McNary Jct.-Keiser School Wheatland 
Ferry-Riv.Rd. 
B 19-1819 125-2807 Morrow Location Rhea Creek-Heppner Wasco- 
Heppner 
B 30-18 128-2809 Sherman Location Shearar's Bridge Shearar's 
& Plans Bridge 
B 11-3&4 30-2817 Umatilla Location Adams-Pendleton Ore.-Wash. 
B 32-8 230-1433 Umatilla Location Pendleton-Air Port Air Port 
B 29-23 31-2818 Union Location Cricket Flat-Minam Wallowa Lake 
B 13-19 131-1422 Union Location 
& Plans Meadowbrook Starkey 
B 1-9 31-1424 Union Reconn. LaGrande-North Powder Old Ore. Trail 
Cc 12-8 233-2824 Wasco Reconn. Wamic-Bear Paw Springs County Rd. 
B 32-4&5 22-2818 Linn Location Foster-Bryant Hili Santiam 
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penalty; however, in this particular instance, the circumstances are 
unusual and the state was not inconvenienced by the delay, neither 
were the engineering costs on the job increased. He recommended the 
granting of the extension of time requested without penalty. The 
Commission approved the recommendation. 


Norris Brothers, contract No. 2424, for grading and construc- 
tion of bridges on the Ochoco Creek Section of the Madras-Prineville 
Secondary Highway, in Crook County, requested an extension of time, 
from July 31 to October 10, 1941, within which to complete this job. 
They attributed their failure to complete the project within the speci- 
fied time limit to additional work ordered by the Engineer and dif- 
ficulties in securing materials necessary to perform the same. The 
Engineer advised that the contractor experienced difficulty in secur- 
ing delivery of treated lumber and lost 27 days thereby, and also 
lost three days' time because of delays in securing short piling. 
Additional delays, he said, were occasioned by the lining of the ir- 
rigation canals and additional work ordered by the Engineer. He gave 
as his thought that the circumstances surrounding this case are suf- 
ficient reason for granting the extension of time requested without 
penalty, and he so recommended. A letter was presented from the Pub- 
lic Roads Administration concurring therein. The Commission approved 
the recommendation. , 


M. L. O'Neil & Son, contract No. 2438, for grading, topping and 
construction of bridges on the Gilliam County Line-Zinter Ranch Sec- 
tion of the Wasco-Heppner Secondary Highway, in Morrow County, re- 
quested an extension of time from August 31 to October 28, 1941, with- 
in which to complete this job. They attributed their failure to com 
plete the project within the specified time limit to delays in secur- 
ing bridge material and culvert pipe. The Engineer advised that the 
reasons given by the contractor for overrunning the time limit are 
correct. He recommended in view thereof that the extension of time 
requested be granted without penalty. The Commission approved the 
recommendation. 


Gales Creek Sand and Gravel Company, contract No. 2448, for 
grading, surfacing and oiling the Vandehey and Van Dyke Sections of 
the Nehalem Secondary Highway, in Washington County, requested an 
extension of time, from September 30 to October 25, 1941, within which 
to complete this job. It gave unfavorable weather conditions as the 
reason for failure to complete the project within the specified time 
limit. The Engineer advised that this contract was awarded on April 
4, 1941, but the contractor did not start operations until July 16, 
1941, and continued until August 4, 1941, when the work was shut dow 
for eight days. Placing of gravel on the base course was started on 
August 18, 19g1, and oiling was started on September 26, 1941. The 
entire project, he said, was completed on October 25, 1941. The con- 
tractor experienced some delay, he said, during the month of Septem- 
ber because of rainy weather although prior to that time general 
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conditions between the middle of August and the actual date of comple- 
tion of the project. The Engineer advised that this contract was 
awarded on July 18, 1940, tut work was not started until October 18, 
1940, three months after the award; further, that, during the progress 
of the work, the contractor's operations were delayed for reasons 
stated in his request for an extension of time. He recommended, in 
view of the circumstances, that the request for the extension of time 
be granted without penalty. A letter was presented from the Public 
Roads Administration concurring therein. The Commission approved the 
recommendation unanimously. 
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McNutt Brothers, contract No. 2385, for grading the Sexton Mountain 
Section of the Pacific Highway, in Josephine County, requested an ex- 
tention of time, from August 31 to October 25, 1941, within which to 
complete this job. They attributed their failure to complete the proj- 
ect within the specified time limit to extra work required in removal 
of slides and installation of drainage ditches and temporary culverts 
to take care of substrata water flow, and to adverse weather conditions. 
The Engineer advised that the reasons given by the contractor for failure 
to complete the project within the specified time limit are substan- 
tially correct; further, that the general traveling public has not 
been inconvenienced by the delay, neither has the state incurred a 
great amount of extra engineering expense by reason thereof. He recom- 
mended, in view of the circumstances, that the extension of time re- 
quested be granted without penalty. A letter was presented from the 
Public Roads Administration concurring therein. The Commission ap- 
proved the recommendation. 
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D. C. and A. L. Williams, contract No. 2388, for furnishing crushed 
rock in stock piles for the Wallowa Lake and Old Oregon Trail Highways, 
in Union County, requested an extension of time, from June 30 to Novem- 
ber 12, 1941, within which to complete this job. They attributed their 
failure to complete the project within the specified time limit to bad 
weather conditions. The Engineer advised that the reason given by the 
contractor for overrun of time limit is substantially correct, that 
the overrun in time did not in any manner inconvenience the state, 
neither did it increase the engineering expense on the job. He recom 
mended that the extension of time requested be granted without penalty. 
The Commission approved the recommendation. 


Chester T. Lackey, contract No. 2400, for production of rock for 
the Cairo Junction-Adrian Section of the Old Oregon Trail, Nyssa-Adrian 
and Adrian-Parma Highways, in Malheur County, requested an extension 
of time, from June 30 to September 18, 1941, within which to complete 
this job. He alleged that he failed to complete the job within the 
specified time limit because he was unable to secure capable labor. 
The Engineer advised that Mr. Lackey experienced considerable trouble 
in securing competent labor as well as necessary parts for his crush- 
ing plant. Under ordinary circumstances, he said, he would not con- 
sider this sufficient reason for granting the extension of time without 
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without penalty, A letter was presented from the Public Roads Ad-i1- 
istration concurring therein. The Commission approved the recommenda- 
tion. 


0. C. Yocom, contract No. 2490, for grading, surfacing and oil- 
ing the Fulton Canyon-Locust Grove Section of the Fulton Canyon- 
Wasco County Road, in Sherman County, requested an extension of time, 
from September 30 to October 6, 1941, within which to complete this 
job. He attributed his failure to complete the project within the 
specified time limit to inclement weather conditions and difficulties 
in obtaining guard fence material. The Engineer advised that this 
contract was complete, with the exception of construction of guard 
fence, on September 27 and that the contractor's delay was due en- 
tirely to his being unable to obtain steel brackets for use in con- 
nection with the guard fence construction. He recommended that the 
extension of time requested be granted without penslty. A letter 
was presented from the Public Roads Administration concurring there- 
in. The Commission approved the recommendation. 


E. L. Gates, contract No. 2495, for grading and surfacing the 
Kimberly-Simas School Section of the Kimberly-Long Creek Secondary 
Highway, in Grant County, requested an extension of time of 120 days, 
from October 31, 1941, to February 28, 1942, within which to com- 
plete this job. He attributed his failure to complete the project 
within the specified time limit to unfavorable weather conditions 
and inability to either purchase or rent necessary equipment. The 
Engineer advised that the reasons given by Mr. Gates for overrun 
of time limit are correct. He also said that the engineering costs 
in the project will not be increased because it was not necessary 
to maintain an engineering party on the job until the work was 
started. It appeared to him that the reasons for th> delay are 
justification for granting the extension of time requcsted without 
penalty, and he so recommended. A letter was presented from the 
Public Roads Administration concurring therein. The Commission ap- 
proved the recommendation. 


Warren Northwest, Inc., contract No. 2506, for p»ving the 
Middle Unit, Crabtree Corner-Lebanon Section of the Santiam Highway, 
in Linn County, requested an extension of time, from November 30, 
1941, to May 31, 1942, within which to complete this job. They 
leged that abnormal weather conditions prevented completic 
project within the specified tine limit. The Engineer advise 
the contractor worked diligently to complete this project withi 
specified time with minimum inconvenience to traffic and did complete 
all of the work except the construction of the final cutback top course, 
which work he ordered deferred until next year when weather conditions 
are favorable. He recommended thet the extension of time reouested 
be granted without penalty. The Commissiof approved the recommenda- 
tion. 
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weather conditions were favorable. The main reason for failure of 

the contractor to complete the project within the specified time limit, 
he said, was delay in starting the project and lack of equipment for 
handling the work. He recommended that the extension of time requested 
be granted but that the contractor be charged for the extra engineering 
expense incurred by the state subsequent to October 10, 1941. A let- 
ter was presented from the Public Roads Administration concurring there- 
in. The Commission 2pproved the recommendation. 


Porter W. Yett, contract No. 2472, for grading, surfacing and 
bituminous macadam on the Vollmer Creek end Necanicum Junction Sections 
of the Wolf Creek Highway, in Clatsop County, requested an extension 
of time, from September 1 to November 1, 1941, within which to complete 
this job. He attributed his failure to complete the project within 
the specified time limit to bad weather conditions which prevented oil- 
ing work. The Engineer advised that this contract was not handled sat- 
isfactorily as regards expediting the work and convenience to the travel- 
ing public. Finishing work, he said, was perticularly delayed unneces- 
sarily and traffic was considerably discommoded during the fall week- 
ends. He recommended that the extension of time requested be granted 
but that the contractor be charged with all the extra engineering ex- 
pense incurred by the state subsequent to the specified date of comple- 
tion. The Commission approved the recommendation. 


Warren Northwest, Inc., contract No. 2475, for paving the Crab- 
tree Corner-Lebanon Section of the Santiam Highway, in Linn County, 
requested an extension of time, from October 31, 1941, to May 31, 1942, 
within which to complete this job. They attributed their failure to 
complete the project within the specified time limit to abnormal weather 
conditions. The Engineer advised that the reason given by the .contrac- 
tor for failure to complete the project within the specified time limit 
is correct, that the contractor experienced inclement weather condi- 
tions during the fall of 1941, making it necessary to defer the con- 
struction of the cutback wearing surface. He recomended, in view of 
the circumstances, that the extension of time requested be granted with- 
out penalty. The Commission approved the recommendation. 


The United Contracting Company, contract No. 2488, for grading 
and paving the Astoria (Astor Street-Boud Street) Section of the Oregon 
Coast Highway, in Clatsop County, requested an extension of time, from 
August 31 to October 18, 1941, within which to complete this job. It 
alleged that its failure to complete the project within the specified 
time limit was due to compliance with the provisions of the specifica- 
tions which would not permit it to commence work prior to July 15, 1941, 
in order to give the State Highway Commission time to effect the removal 
of certain buildings located within the right of way. The Engineer 
confirmed the reasons given by the contractor for failure to complete 
the project within the specified time limit. He recommended, in view 
of the circumstances, that the extension of time requested be granted 
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the Gilliam County Line-Zinter Ranch Section of the Wasco- 


Heppner Secondary Highway, in Morrow County. Completed 
October 28, 1941. 


Contract No. 2448, with Gales Creek Sand & Gravel 
Company, for grading, surfacing and oiling on the Vandehey 
and Wan Dyke Sections of the Nehalem Secondary Highway, in 
Washington County. Completed October 25, 1941. 


Contract No. 2460, with A. S. Wallace, for furnishing 
crushed gravel in stock piles for the Dean Creek-Parker 
Creek Section of the Umpqua Highway, in Douglas County. 
Completed November 13, 1941. 


Contract No. 2472, with Porter W. Yett, for grading, 
surfacing and biturinous macadam on the Vollmer Creek and 
Necanicum Juncticu Sections of the Wolf Creek Highway, in 
Clatsov Count:. Completed November 1, 1941. 


Contract No. 2482, with M. E. Myers & Son, for roadside 
improvement on the Pendleton-Adams Section of the Oregon- 
Washington Highway, in Umatilla County. Completed November 
14, 1941. 


Contract No. 2488, with The United Contracting Company, 
for grading and paving the Astoria (Astor Street-Bond Street) 
Section of the Oregon Coast Highway, in Clatsop County. Com- 
pleted October 18, 1941. 


Contract No. 2490, with 0. C. Yocom, for grading, sur- 
facing and oiling the Fulton Canyon-Locust Grove Section of 
the Fulton Canyon-Wasco County Road, in Sherman County. Com- 
pleted October 6, 1941. 


Contract No. 2513, with A. S. Wallace, for the Gilliam 
County Line-Umatilla Rock Production Project on the Columbia 
River Highway, in Morrow and Umatilla Counties. Completed 
November 29, 1941. 


THEREFORE, BE IT RESOLVED that the work covered by said state 
highway contracts for the construction of said state highway projects be 
declared completed according to the terms of the respective contracts, 
and said jobs are hereby accepted and final payment in connection with 
each is hereby authorized. 


The Commission confirmed Thursday and Friday, January 15 and 16, 1942, 
the date heretofore set for its next regular meeting. (This meeting was later 
postponed to Wednesday, January 21, 1942. 


regis 1941 


The Engineer reported that contracts Nos. 2339, 2344, 2371, 2385, 2388, 
2400, 2403, 242k, 2438, 2448, 2460, 2472, 2482, 2488, 2490 and 2513, for con- 
struction of state highway projects, have been completed according to the terms 
of the contracts or modifications thereof, and that said jobs are now ready for 
acceptance. The following resolution accepting the above projects was offered 
and was adopted by the unanimous vote of the Commission: 


WHEREAS, the Engineer has reported that the following State 
Highway Commission contracts for the construction of state highway 
projects have been completed according to the terms and provisions of 
the contracts and said jobs are now ready for acceptance: 


Contract No. 2339, with Coos Bay Dredging Company, for 
grading and plant-mix bituminous macadam surfacing construc- 
tion on the Bandon Section of the Oregon Coast Highway, in 
Coos County. Completed August 23, 1941. 


Contract No. 2344, with Porter W. Yett, for grading and 
paving the Lombard Street-Killingsworth Street Section of the 
Lombard Street and Northeast Portland Secondary Highway, in 
Multnomah County. Completed September 25, 1941. 


Contract No. 2371, with F. C. Feldschau, for the Tilla- 
mook Rock Production Project on the Oregon Coast and Wilson 
River Highways, in Tillamook County. Completed April 4, 1941. 


Contract No. 2385, with McNutt Brothers, for grading the 
Sexton Mountain Section of the Pacific Highway, in Josephine 
County. Completed October 25, 1941. 


Contract No. 2388, with D. C. and A. L. Williams, for 
the LaGrande Rock Production Project on the Wallowa Lake and 
Qld Oregon Trail Highways, in Union County. Completed Novem- 
ber 12, 1941. 


Contract No. 2400, with Chester T. Lackey, for the Cairo 
Junction-Adrian Rock Production Project on the Old Oregon 
Trail, Nyssa-Adrian and Adrian-Parma Highways, in Malheur 
County. Completed September 18, 1941. 


Contract No. 2403, with Averill & Corbin, for construc- 
tion of the Gooserock Bridge over the John Day River on the 
John Day Highway, in Grant County. Completed October 31, 1941. 


Contract No. 2424, with Norris Brothers, for grading and 
construction of two composite type pile trestle bridges on 
the Ochoco Creek Section of the Madras-Prineville Secondary 
Highway, in Crook County. Completed October 10, 1941. 


Contract No. 2438, with M. L. O'Neil & Son, for grading, 
topping and construction of two untreated timber bridges on 
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California the right to use a strip of state-owned land at the inter- 
section of Uhion and Denver Avenues, Portland. 


Easement granting Carl Bauers permission to construct and main- 
tain a private roadway on state highway property at Harris Beach 
State Park, Curry County. 


Ground lease with The Booth Land Company covering renewal of 
a stock-pile site lease on the Roseburg-Myrtle Creek Section of the 
Pacific Highway, in Douglas County. 


Bargain and sale deed conveying unto Irvin A. Gibbins and wife 
all of Lots 3 and 10, Block 7, Kincaid Park First Addition to Eugene, 
Lane County. Right of way files No. 9310 and No. 9662. 


Bargain and sale deed conveying unto Washington County 1.68 acres 
of land situate in Lot 16, Block 51 of North Plairs in Section 12, 
Township 1 North, Range 3 West, W. M., Washington County. Right of 
wey files No. 9407 and No. 9417. 


Bargain and sale deed conveying unto R. A. Eastman, Jr., and 
wife 1.45 acres of land situate in the NEG of Section 32, Towmmship 
28 yiry Range 6 West, W. M., Douglas County. Right of way file 
No. 3. : 


Bargain and sale deed conveying unto Benton County 2 acres of 
land situate in the NWy of the SWZ of Section 13, Township 12 South, 
Range 5 West, W. M., Benton County. Right of way files No. 8125 and 
No. 4523. 


The Commission adjourned at 5:45 p. m. and reconvened at 8:00 p. m. 
in Room 415, Imperial Hotel, with all Commissioners present and participating. 
Also present were the State Highway Engineer, the Attorney and the Secretary. 


v The Assistant Attorney rendered the following status report on the 
acquisition of right of way for the Front Avenue Project, Portland: original 
estimate of cost for such right of way, between the Steel Bridge and Southwest 
Columbia Street, was $1,279,000. Practically all settlements have been made 
and it now is estimated that the total cost will be approximately $30,000 over 
the original appraisal although this sum may be affected by any change which 
is made in the original estimated cost at the Public Market. Between South- 
west Columbia Street and Southwest Barbur Boulevard the original appraisal was 
approximately $300,000. Present estimates indicate that the cost will overrun 
about $15,000. However, new and additional properties have been added, the 
estimated cost of which is approximately $75,000, making the present revised 
estimate $360,000 between Southwest Columbia and Southwest Barbur Boulevard. 
In addition to the above there will be some claims for damages which cannot be 
estimated with any degree of accuracy at this time owing to the uncertainty of 
the final grade line. However, indications are that they will not exceed the 
sum of $15,000. The Commission approved the report. 
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The Commission considered and signed agreements, et cetera, as fol- 


Agreement with Linn County providing for use by the state of a 
county-owned quarry site situate in the SWz of the NEZ of Section 9, 
Township 13 South, Range 3 West, W. M. 


Agreement with the University of Oregon relative to reconstruc- 
tion of the Pacific Highway between Eugene and Springfield. 


Agreement with the University of Oregon and the Eugene Power 
Company relative to reconstruction of the Pacific Highway in Eugene. 


Agreement with Carl Barclay and wife covering release of dam- 
age to property adjacent to the state's gravel pit, in Linn County. 


Agreement with the United States of America, Department of 
Indian Service, covering cooperation between the state and the govern- 
ment with respect to the construction of the Sprague River Road, in 
Klamath County. 


Agreement with Carl M. Stevens and Claude and Arline Stevens 
providing for lease of s maintenance headquarters site at Newberg. 


Agreement with Bonneville Power Administration covering the 
cutting of trees on highway property between Pendleton and LaGrande. 


Agreement with Clatsop County covering repairs to the Warrenton- 
Fort Stevens Road. 


Agreement with the City of Tillamook disposing of the state's 
claim against the city arising out of construction of the Oregon 
Coast Highway, between First Street and the north city limits, in 
1931. 


Agreement covering city street improvements, as follows: 


Mt. Angel Salem 
Pendleton Dufur 
Baker Eugene 
Sandy Milton 


Supplemental agreement with the National Hospital Association 
covering the furnishing of medical service to highway department em- 
ployees in 1942. 


Agreement with Consuelo Oregon Mines covering dredging and min- 
ing operations on right of way of the Sumpter Valley Highway. 


Permit authorizing Harry Mercer and the Standard Oil Company of 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 
North Bend-Marshfield Section, Oregon Coast Highway (Con' td.) 
9493-A Independent Stevedoring Bldgs. Bldg., house, garages, 
Company on R/W $1650, + $350 Benson 
9802-Rohl, W. H. R/W 1,628 sqft1l5é sq.ft., + $150 : 
Grants Creek-Powers Section, Powers Highwas 
- 9891-McLeod, Dorothy, & Stock Pile 1.0 Land $100, + $37.50 Benson 
State Land Board 
9889-Gant, Benjamin Stock Pile 1.0 Lump Sum - $75 " 
9888-Powers, Albert H. Gravel bar, 3.35 Permanent easement, Lif 
haul road 3¢ cu. yd. " 3 
9889-Gant, Benjamin Gravel bar, 0.85 $100 per acre BS 
plant site 4.92 $75 per acre + 
haul road Permanent easement $25 
5.77 + $47 * 
9892-Mullen, Irene, & Gravel pit, 1.44 3¢é cu.yd. 
James Kermit Hayes Haul road Permanent haul road " 
Pistol River-California Line Section, Oregon Coast Highwa 
9809-Bauers, Car] Park 75.0 875.13 1/3 per acre 
(Correction) 18.4 $28.20 1/3 per acre McChesney 
Jordan Creek-Mills Bridge Section, Wilson River Highway 
@900-Roda, Arthur Permit to cut danger trees GRATIS Eason 
g907-Turner, F. F. Permit to cut danger trees GRATIS " 
8899-Rosenberg Bros. Permit to cut danger trees GRATIS n 
$902-Riechers, W. J. Permit to cut danger trees GRATIS n 
8906-Botts, H. T. Permit to cut danger trees GRATIS " 
8905-Schlader, Archibald Permit to cut danger trees GRATIS " 
W. 
Vadis-Gardner Ranch Section, Wolf Creek Highway 
6541-Klum, Estate Jane 
Churchman R/W 2.0 200 per acre Collins - 


Front Avenue Project-Columbia Street South, Portland, Pacific Hwy. West 
$732-Peters, Martin A. R/V 5,325 sq.ft. $1,350 McCallister 
9063-Fracasso, Joseph F. R/W 5,000 sq.ft. 2,500 " 
$222-Bader, Harry N. et al R/W =: 3,200 sq.ft. 3,500 " 
9981-Mosler Bakeries, Inc. R/W Grade change damage & cost of 

remodeling mwilding $1723 " 


Martin 


McChesney 
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The Attorney requested authority to acquire certain parcels of real 


property thet are needed for various highway improvements throughout the state. 
He submitted a list of such properties, together with offers that he recom- 
mended be made in each instance. After careful consideration the Commission 


approved the request and by unanimous vote adopted the followi 


ng resolution in 


regard thereto: 


WHEREAS, in connection with the further improvement of the 
highways hereinafter designated, it is and has been necessary to ac- 
quire property for right of way, quarry sites, gravel or other material 
sites, or sites for the storage of materials, as hereinafter more def- 
initely set forth, and 


WHEREAS, as a result of negotiations carried on with the own- 
ers of the property required, options have been obtained, which options 
have been considered by the Commission, outlining the bases of settle- 
ment which have been agreed upon, and 


WHEREAS, it is the judgment of the Commission that the said 
options should be approved and accepted, and/or the said reports be 
declared acceptable to the State Highway Commission as bases of set- 
tlement for the properties involved, and that the acquisition of the 
properties should be completed: 


NOW, THEREFORE, BE IT RESOLVED that the several offers, or 
bases of settlement hereinafter enumerated be, and the same hereby 
are, approved and accepted, and that the Attorney for the State High- 
way Commission be, and he hereby is instructed to complete the acquis- 
ition of the said properties and to take title thereto in the name of 
the Stete of Oregon. The said properties hereby ordered and author- 
ized to be acquired are as follows: 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


St. Helens Section, Columbia River Highway 


9922—Johnston, Davis & Co. Maint. 1 year lease, $12 per 
Hdqts. month. Collier 
North Bend-Marshfield Section, Oregon Coast Hi 
9488-North Bend, City of 17,000 sq.ft. Lump Sum $5,000 
(Correction) 4,888 sq.ft. Lump Sum 150 


7,166 sq.ft. Lump Sum 350 
4,004 sq.ft. Lump Sum 500 


33,058 Benson 
9502-Kern, H. G. R/V 29,276 sq.ft. 15¢ sq.ft. " 
9840-Mill "B", Inc. R/W 10,650 sq.ft. In exchange for 43,225." 


sq.ft., to be conveyed 
by State, + exchange 
building on Lots 1 & 2, 


; Bl. 51, & moving & placing on 
(to be continued) foundation(Noving est'd. $350) 


mee ig 1942 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 
C —Fossil Section, John Day Highw. 
teen pe Fred A. Quarry 6.31 $25 per acre, + $25 McCallister 
T f J Da: ction, J ighv 
4-Trowbridge, Charles A. 0.43 $300 per acre, + 
$19.75 Cozad 
Baker Section, Baker-Unity Highway 
9848-Baker County & Carl 
Colson R/W 5,000 sq.ft. 2¢ sq.ft. Landon 
9849-Peter Olson Estate R/W = 438 eq. ft. 8f sq.ft.+ $10 " 
9849A-Peter Olson Estate & 
Frank E. Larsen R/W 1,037 sq.ft. 8 sq.ft. " 
te se-Forest Bound Unit Enterprise-Lewiston Hi 
9940-Oregon Mortgage Co. & 2.0 $25 per acre 
C. A. Riley 4.97 7.50 per acre, + 
6.97 $265 Landon 
9938-Blow, John T. & Chloie R/W 0.35 $10 per acre, + 
Blow & Birdie Blow fencing to be moved 
& reconstructed ° 
9939-A Lindley, J. H. R/W 2.34 $10.68 per acre, + 
$7.50, + moving & re- 
constructing fences " 
9939-Craig, W. F. R/W 2.34 $7.50 per acre, + mov-" 
ing & reconstructing fence 
9941-State of Oregon, & H. C. 
Lindley Stock Pile 1.0 $50 per acre, + fencing " 


Brogan-Jamieson Section, John Day Highway 
9397-OWRREN Co., & Union 


Pacific Co. R/W 1.46 $102.74 per acre DeSouza 
Chichester Gulch West Section Shaniko-Fossil Highw 
9881-Burgess, Chas. E. et al R/W and 0.89) 
Talus Pit 0.19) 
2.23) 
1.93) $5.00 per acre 
7.00 $100 per acre, + 
12.24 $900 Witt 
9882-Burgess, Chas. E. et al R/W 2.62 
» S $500 per acre " 
3.76 
9883-Burgess, Chas. E. et al R/W 1.83 $100 per acre 
1.0 $5.00 per acre, + 
2.83 $400 n 
n. e Road Secti ama alls-Lakeview H 
9597-Owens, 5. Frank 7,660 sq.ft.Lump Sum - $6,000 Cozad 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Cascadia-Bryant Hill Section, South Santiam a: 
9254-A Conn, Rova E. Park 7.50 -66 per acre McChesney 


Eugene-Springfield Section, Pacific Highway 
9429-Arnold, Leona M. 0.102 $1,000 per acre, + 


$370, + moving bldgs., 
(Estd. $1350), + $150 if 
moving is done during months 
of May, June, July or August 


for loss business Parker 
9426-Hayes, James R/W 2.63 $1,000 per acre, + - 
$4,870 ; ° 


Wright ch-Fate Grade Section, Tiller-Trail Highwa 
9913-Higgins, Jack R/W 1.0 $125 per acre 


0.72 $25 per acre 


1.72 plus $477.50 Gardiner 
9905-Matthews, Roy V. RM 0.11 $125 per acre 

0.95 $20 per acre, + $146.25 " 

le 
9906-Wright, J. D. R/it 0.81 $125 per acre, + $518.75 " 
9912-"right, Ray R. R/W 0.01 GRATIS " 
9918-Wright, W. T. R/V 0.96 $125 per acre, + $953.75 " 


9907-Poole, Walter V. R/W and 1.75 #125 per acre 
Stock Pile 0.47 $20 per acre + $378.75 " 
RM 0 ° 


9910-Poole, Annie 083 $125 per acre, + $89.62 


Days Creek-Hilo Section, Trail Highway 

9305-Rowe, Albert M. 0.08 $50 per acre, + $48 DeSouza 
Dillard Bridge Section, Pacific Highway J 

$775-Carpenter, Mollie R/W and 3.02 


Borrow Pit 4.50 


Vane $50 per acre + fencing Gardiner 

Dee-Parkdale Section, Hood River Highway 
9870-Fioretti, Antonio 0.09 Lump Sum - $10 Witt 
9854-Kenyon, Jas. 0. & R/W 0.37 $75 per acre, + $18.75 

Henry V. Gilbert fencing " 
9871-Sato, Ray R/W 0.23 $50 per acre, + $66 

fencing " 

9869-Benedict, Rachel ¥. R/W 0.29 $100 per acre, + $7.50 " 
9867-Uyeno, Satoru 0.23 $100 per acre " 
9856-Abbott, D. N. R/M 1.32 $75 per acre, + $255.50 " 
9864-Montag, C. J. & Sons R/W 0.04 Lump Sum - $5 " 
9863-Sato, M. K. R/V 0.03 Lump Sum - $5, + $7.50 " 
9865-Katayama, Yukiko R/W 0.09 Lump Sum - $10 " 
9872-Mt. Hood RR Co. R/W 1.20 $125 per acre " 
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WHEREAS, in the judgment of the Highway Commission the sev- 
eral tracts or parcels of land hereinafter described are each and all 
necessary for the specific and particular purposes hereinafter speci- 
fically set forth; 


NOW, THEREFORE, Bé IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission as follows: 


1. That the Commission does hereby find and declare that 
the several parcels of real property hereinafter described are each 
and all necessary for the accomplishment of the purposes herein- 
after expressly and specifically set forth, which said real proper- 
ties and the specific purposes for which the same are being acquired 
are described as follows, to wit: 


Real property owned by Reinault Selle, et al., which 
property is located in the south half (s3) of the northwest 
quarter (NWg) of Section 26, Towmship 17 South, Range 31 
East, W. M., Grant County, Oregon, and is more particularly 
described on the attached sheets and designated as Parcel 
No. 1 and is further identified in the records of the High- 
way Commission as file R 9947, and which property is being 
acquired for right of way purposes in connection with the 
John Day-Burns Highway;* 


Real property owned by the heirs of Austin 5S. Thompson 
deceased, and by the heirs of Lydia G. Moyer, which property 
is located in the northwest quarter (NWq) of the northwest 
quarter (NWz) of Section 16, Township 4 South, Range 22 
East, W. M., Gilliam County, Oregon, and is more particularly 
described on the attached sheets anddesignated as Parcel No. 
2 and is further identified in the records of the Highway 
Commission as file R 9743, and which property is being ac- 
quired for the purpose of securing roadbuilding materials 
therefrom for use in connection with the Wasco-Heppner High- 
way3;* 


Real property owned by P. M. Ross and Elizabeth H. 
Ross, which property is located in Lots 6, 7, 8, 9, 10, and 
11, Block 34, Coos Bay Plat "B", North Bend, Coos County, 
Oregon, and is more particularly described on the attached 
sheets and designated as Parcel No. 3 and is further iden- 
tified in the records of the Highway Commission as file R 
9518, and which property is being acquired for right of way 
purposes in connection with the Oregon Coast Highway;* 


Real property owned by Julius L. Poole, et al., which 
property is located in the northeast quarter (NEZ) of Sec- 
tion 30, Township 30 South, Range 3 West, W. M. Douglas 
County, Oregon, and is more particulerly described on the 


The Attorney also requested authority to institute condemnation pro- 
ceedings to acquire certain parcels of real property that are needed for high- 
way improvements and in connection with which he has been unable to reach 
satisfactory settlements. He presented a list of such properties with offers 
that he recommended in condemnation, as follows: 


File No. Name Purpose Required Recommended Offer 


9942 Ralph Hankins R/W $ 10.00 
9943 Chester Craddock R/W 10.00 
9944, Murray Brothers RAW 5.00 
9946 Dave Craddock Estate R/W 20.00 
9947 Reinalt Selle R/W 10.00 
9948 Frances Ogilvie R/W 60.00 
9949 Jack Craddock R/W 5.00 
9950 Merle Hankins R/W 2.50 
9951 Ben Craddock R/W 50.00 
9952 E. I. Southworth R/W 25.00 
9743 Austin S. Thompson Estate Quarry 
(Authorization to clear title only) 150.00 
9908 Bruce Baker R/W 635.00 
9909 Julius L. Poole & Annie Poole R/W 40.00 
9914 Fred W. Bigham R/W 110.00 
9915 Merlin K. Dean & Maud Alice Dean R/W 650.00 
9916 Ivan Welch & Douglas Building & 
Loan Association R/W 15.00 
9917 Elbert Blackmun R/W 22.50 
9920 J. W. Wright & Minnie I. Wright R/W 1500.00 
9921 Clay Ulam R/W 55.00 
9518 P. M. Ross, et ux. R/W 7000.00 
9945 George Craddock R/T 10,00 


After discussion the Commission approved the request and the offers presented. 
The following resolution with respect thereto was adopted by the Commission by 
unanimous vote: 


WHEREAS, the State Highway Commission is authorized to locate, 
relocate, construct, reconstruct, maintain, widen, straighten, and 
otherwise improve state highways, both primary and secondary, and said 
Commission is also authorized to construct shops, equipment sheds, 
office buildings, maintenance sites, patrolmen accommodations, and 
snow fences, and is authorized to acquire quarry sites, gravel pits, 
storage sites, stockpile sites, weighing stations, and broadcasting 
stations, and is further authorized to develop, construct, improve, 
operate, and maintain parks, parking places, auto camps, camp sites, 
roadside development, recreational grounds or resorts, and other places 
of attraction and scenic value; and 


WHEREAS, said Highway Commission is authorized to acquire 
by purchase, agreement, donation, or by the exercise of the power of 
eminent domain real property, or any interest therein, necessary or 
deemed by the Highway Commission necessary for the accomplishment of 
any and all of the foregoing things; and 


Tecis 1941 


#(The detailed descriptions of the respective parcels of real prop- 
erty mentioned in this resolution are attached to the original reso- 
lution on file in the office of the State Highway Commission, Salem, 
being Resolution No. 19, under the heading "Real Property Condemna- 
tion Resolutions", and said descriptions by this reference are made 
a part of this minute entry to the same extent as if copied in full 
herein.) 


NOTE: The remaining parcels for which offers were approved by the 
Commission were settled without resorting to condemnation. 


The Attorney brought up for discussion a settlement with Mr. érthur 
D. Jones, Eugene, for right of way needed in connection with the reconstruc- 
tion of the Pacific Highway between Eugene and Springfield. He advised that 
Mr. Jones is demanding $12,000 for this property and agrees, if he is paid 
such sum, to take care of his tenants. He further advised that five separate 
appraisals have been made of the property as follows: C. W. Parker, right 
of way agent, $10,000; C. L. Payne $9,500; Mrs. Mary R. Miles $10,000; F. L. 
Chambers $10,000; and C. F. Hyde $12,930. He also said that Mr. Jones refuses 
to accept the Commission's offer of $11,000 as settlement in full, including 
settlement with the tenants. After discussion, the Commission authorized the 
Attorney to offer Mr. Jones $11,500, Mr. Jones to assume the expense of taking 
care of the tenants and to be allowed to have the benefits accruing from ren- 
tals of the property until the property is needed by the state, or until ebout 
July 1, 1942. It was understood that Mr. Jones's dealings with the tenants 
must be satisfactorily disposed of before the $11,500 is paid to him by the 
state. 


The Attorney also brought up for discussion a controversy with Mr. 
8. F. Friday for right of way needed for the Wolf Cretk Highway construction 
across Mr. Friday's property, in Washington County. He explained that the 
property desired consists of a strip on each side of the highway and is ad- 
ditional to right of way heretofore secured from Mr. Friday; further that the 
property is now under condemnation because Mr. Friday has refused to accept 
the state's offer of $250 and is demanding the sum of $500 for his land. He 
further advised that he has received information from Mr. Friday's attorney, 
Mr. Thomas Tongue of Hillsboro, that Mr. Friday will now accept the sum of 
$350 for his land but he wants the privilege of removing the timber therefrom 
and wants the timber heretofore cut by WPA forces, and also wants the state 
to construct for him three approaches from the highway to his property. He 
recommended payment of the $350 for the three acres involved and letting Mr. 
Friday have the timber. The matter was discussed at some length during which 
a question arose as to the roadway approaches to the hiphway. Final action 
in the matter was deferred by the Commission until a future meeting, pending 
securing of additional information relative to the approaches. 
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attached sheets and designated as Parcel No. 4 and is further 
identified in the records of the Highway Commission as file 
R 9909, and which property is being acquired for right of 
way purposes in connection with the Tiller-Trail Highway;* 


Real property owned by Frederick W. Bigham, which prop- 
erty is located in the northwest quarter (NW) and in the 
northeast quarter (NEq) of Section 29, Township 30 South, 
Range 3 West, W. M., Douglas County, Oregon, and is more par- 
ticularly described on the attached sheets and designated as 
Parcel No. 5 and is further identified in the records of the 
Highway Commission as file R 9914, and which property is being 
acquired for right of way purposes in connection with the 
Tiller-Trail Highway.* ; 


2. That the Commission does hereby find and declare that 
each of the seid described parcels of real property is necessary and 
acquisition of the same by the State is required for the specific 
purposes hereinabove set forth, and the said properties are being 
acquired for the express and specific purposes in this resolution 
set forth. 


3. That the State Highway Engineer be and he hereby is 
instructed and directed to make or cause to be made all surveys 
necessary in connection with the determination, description, and 
acquisition of said real properties, and said Engineer is further 
instructed to prepare and submit to the Legal Department necessary 
and adequate descriptions of the said real properties, which said 
descriptions shall be available for the preparation of any deed or 
deeds or other instrument or instruments necessary to complete the 
acquisition of said property or propertics, whether said properties 
be acquired by purchase, donation, agreement, or by the exercise of 
the power of eminent domain. 


4. That J. M. Devers, Attorney for the State Highway Com- 
mission, be and he is hereby requested, authorized, and directed to 
attempt to agree with the owner or owners and/or with the tenants or 
persons in possession, if there be any, of said parcel or parcels of 
land with respect to the compensation to be paid for the taking of the 
same and the damage, if there be any, and in the event thet no satis- 
factory agreement or agreements can be reached, then it is hereby 
further resolved that J. M. Devers, Attorney for the State Highway 
Commission, be and he hereby is requested to commence and prosecute 
to a final determination such suit or action, or suits or actions, as 
may be necessary and appropriate to acquire title to the said premises 
and all rights therein for the purposes herein stated. 


5. That this resolution be entered in fuli in the minutes 
and records of this Commission. 
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from the balance of the land and then allow the company the use of the land 
that is beyond the right of way limit as determined by such resolution. The 
Commission appeared favorably inclined toward such arrangement, in view of 

the fact that the Consolidated Timber Company donated the right of way and 
the timber strips and could have reserved a sufficient area for its service 
station in the first instance had it so desired. After discussion the Commis- 
sion approved such solution of the problem and thereupon by unanimous vote 
adopted the following resolution relative thereto: 


WHEREAS, when the right of way for the Wilson River High- 
way between engineer's station 1447+50.71 at or near the Wilson 
River and engineer's station 1467+10 was procured an unusually wide 
area was procured so that there might be ample ground for right of 
way and for other highway purposes; and 


WHEREAS, said highway has now been constructed and it is 
now possible to determine what width of right of way between said 
termini will be ample for highway purposes, leaving the area outside 
the right of way proper available for other purposes; 


pr ate = 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
Oregon State Highway Commission as follows: 


1. That the right of way of said highway between the 
place where said highway crosses the Wilson River at engineer's 
station 1447+50 and engineer's station 1467+10 shall be described 
as follows, to wit: 


A parcel of land lying in the Northeast quarter (NEq) 
of Section 6 and in the Northwest quarter (NWz) of Section 
6, Towmship 1 North, Range 6 West, W. M., Tillamook County, 
Oregon; the said parcel being a strip of land 120 feet in 
width, 60 feet on each side, parallel to and adjoining the 
center line of the Wilson River Highway as said highway has 
been constructed over and across said property; the loca- 
tion of the said strip of land being determined by the said 
center line from engineer's station 1447+50.7 to engineer's 
station 1467+10; beginning at said station 1447+50.7, said 
station being 75 feet south and 595 feet west of the north- 
east corner of said Section 6; thence North 80° 48' 30" 
East 109 feet; thence on a spiral curve right (the long 
chord of which bears North 83° 58' 30" East) 380 feet; 
thence on a 1145.9 foot radius curve right (the long chord 
of which bears South 88° 18' 30" East) 55.3 feet; thence on 
a spiral curve right, (the long chord of which bears South 
80° 35' 45" East) 380 feet; thence South 77° 25' 45" East 
47.7 feet; thence on a spiral curve left, (the long chord 
of which bears South 78° 55' 45" East) 360 feet; thence on 
a 2291.8 foot radius curve left) 60.7 feet; thence on a 
spiral curve left (the long chord of which bears South 86° 
26! 45" East) 360 feet; thence South 87% 56! 45" East 166.2 
feet to the westerly line of the State Park. 
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fhe Attorney presented a form of agreement between the State Highway 
Commission and the United States Indian Service, covering cooperation between 
the state and the government with respect to the construction of the Sprague 
River county road, in Klamath County, particularly cov-ring the matter of the 
state's contribution toward such project. The Attorney read aloud the provi- 
sions of the agreement. The Commission approved and signed the agreement sub- 
ject to the condition that there shall be added thereto a Clause to the effect 
that the state is relieved of its obligation if restrained from acting by con- 
ditions of the national emergency. 


The Attorney reported an offer received from Emil H. Duyck to pur- 
chase a parcel of state-owned property adjacent to the Davies-Vadis Section of 
the Wolf Creek Highway, in Washington County, consisting of approximately 34 
acres, situate on the south side of the highway. He advised that Mr. Duyck's 
offer is $50 per acre. However, since receiving the same an offer has been 
received from a Mr. W. G. Ide, in the amount of $2,000. He inquired whether 
or not he should accept the high offer of Mr. Ide or advertise the property 
for sale. The Commission decided that it would be best to take bids for the 
purchase of the property and so ordered. 


The Commission considered a request from Mr. J. W. Goin, Albany, to 
lease a state-owned topsoil pit southwest of Albany. The Engineer advised that 
Mr. Goin is willing to pay $5.00 per year rental for the use of the entire area 
except the portion that has been excavated by the state in its topsoil borrow 
work. He recommended acceptance of the offer provided Mr. Goin will agree to 
let the state secure any topsoil which might be required from that portion of 
the pit which has already been opened and used. The Commission approved the 
recommendation and ordered that the matter be covered by letter rather than by 
formal agreement. 


Reconsideration was given by the Commission to the request of Colonel 
Frank W. Wright, who has charge of the Pendleton airport, for use of certain 
state-owned land adjacent. to such airport and the Old Oregon Trail, for recrea- 
tional purposes. The Engineer advised that there is no sale for the property 
and the Highway Department has no immediate use for the same. He recommended 
that the army be allowed to use the property for the purpose intended, without 
charge, provided it will relinquish the same on reasonable notice when the state 
needs it. The Commission approved the recommendation. 


The Commission also reconsidered a request of the Consolidated Timber 
Company for permission to maintain a private service station for its logging 
trucks on the Wilson River Highway right of way about 1,000 feet east of 
NcNamers Camp. The question arose whether or not the Commission could grant 
this privilege in view of its policy which prohibits encroachments upon state 
highway rightof way. The Attorney pointed out that the right of way at this 
location is extra wide and includes a timber strip which really could not be 
considered right of way, and that it is on this extra-width parcel that the 
company wishes to maintain its service station. He suggested, if the Commission 
desires to grant the privilege, it eould do so and still maintain its policy 
if it would, by apyropriate resolution, declare and set off the right of way 


upon recommendation of the Engineer who stated that the land described there- 
in is part of the old right of way and has been rendered valueless for high- 
way purposes by reason of realignment of the highway: 


WHEREAS, in order to afford a better alignment and a more 
satisfactory, safe and convenient highway for the traveling public 
the Commission found it necessary to relocate a portion of the 
Nehalem Highway in Washington County; and 


WHEREAS, by reason of said relocation and reconstruction 
of said section of highway there were eliminzted anc made unneces- 
sary as parts of the permanent highway certain sections, which sec- 
tions ore more particularly defined and described hereinafter in this 
resolution; and 


WHEREAS, it is the judgment and opinion of the Commission 
that there should be recorded in the minutes and records of the Com- 
mission its ourpose and plan to abandon as a part cf the said highway 
the fragments or portions of right of way heretofore designated and 
which were heretofore included within the area of the right of way of 
said highway as formerly located, but which are now without the regu- 
lar limits of said highway as relocated. 


NOW, THEREFORE, the premises being in general us above 
stated, it hereby is resolved by this Commission, all members being 
present and affirmatively voting, as follows: 


1. That the fragments of land confined within the area 
hereinafter described, which fragments or parcels of real property 
were formerly within the limits of the right of way of the Nehalem 
Highway but are no longer parts of the right of way of said highway 
as the same has been relocated and constructed be and said parcels 
of real property are abandoned as parts of the right of way of said 
highway, and said parcels of land are, so far as control and super- 
vision by this Commission is concerned, eliminated and left to revert 
to the adjoining and abutting property owners. The fragments or par- 
cels of land affected by this resolution are defined and described as 
follows, to wit: 


All those certain sections of the old right of way of 
the Nehalem Highway in Sections 7 and 18, Township 1 North, 
Range 3 West, W. M., Washington County, lying on the easterly 
and westerly side of the right of way required for the re- 
constructed Nehalem Highway, the beginning and ending points 
with reference to the engineer's stations of the said recon- 
structed highway being engineer's station 5+50 on the southerly 
end and engineer's station 33+00 on the northerly end. 


The location of said abandoned right of way may be more def- 
initely and particularly ascertained and determined by reference to a 


2. That the above described area shall be and the same 
hereby is declared to be the right of way of said highway between 
said termini. 


3. That all of the remainder of the real property owned 
by the State between said termini and outside the limits of said 
right of way shall be retained so that the same may be available 
for storage sites, maintenance quarters or such other uses as the 
Highway Commission may deem proper. 


4. That there is attached hereto, marked Exhibit A and 
by this reference made a part hereof, a blueprint on which there is 
shown in parallel lines shaded in red the area above described. 


5. That this resolution shall be entered in the minutes 
and records of the Commission. 


The Attorney was instructed to prepare an appropriate form of agree- 
ment between the company and the state, covering the use of the state's prop- 
erty for a period of fiye years. 


A letter was presented from J. B. Bedingfield, Attorney for the Coos 
Bay Lumber Company, in which the Commission was requested to join with the Com- 
pany in securing the vacation of certain streets that have been dedicated for 
public use in a subdivision knowm as Watts Acres and Plat Two Watts Acres, 
Douglas County. The Engineer advised that Watts Acres is situate adjacent to 
the Pacific Highway at Green Station, about seven miles south of Roseburg, and 
that the matter of vacation of streets has been investigated, such investigation 
revealing that the streets have never been constructed and are of no benefit 
whatsoever from the state highway standpoint, in fact it would be advantageous 
if the streets were vacated because they intersect an important highway. He 
recommended approval of the request. The Commission approved the recommendation 
and thereupon authorized the Secretary to sign the "Consent to Vacation" in 
behalf of the Commission. 


The Commission discussed the advisability of purchasing timbered way- 
side strips along the Pendleton-John Day Highway between Desoletion Creek and 
Camas Creek, particularly some twenty-one 40-acre tracts fronting on both sides 
of the highway just north of the Umatilla-Grent County line. Mr. T. M. Davis, 
Senior Highway Engineer of the Public Roads Administration, who was present, 
advised that it would not be possible to secure federal aid funds with which to 
finance this purchase on account of the war situation and tie need to use the 
funds for other purposes. The Commission decided, after discussion, to continue 
negotiations with the owners for options. The Attorney was instructed to secure 
such options at the lowest possible figure. It was also decided that this pur- 
chase shall be placed at the top of the list of purchases of thir nature for 
financing with feder2l aid funds as soon as such funds are again made available. 


The following resolution abandoning a portion of the Nehelem Second- 
ary Highway, Washington County, was adopted by the Commission by unanimous vote 
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keep it for park purposes. The Parks Superintendent was instructed 
to inform the army officials of the facts in the case and to set a 
price on the property, including land and improvements, of such 
amount that the proceeds of the sale will be sufficient to acquire 
a similar area outside of the boundaries of the proposed cantonment. 


Cutting of trees in Emigrant Park:-The Parks Superintendent re- 
ported a request from the Pacific Telephone and Telegraph Company to 
cut 128 trees which the company lists as danger trees to its tele- 
phone line on Emigrant Hill Section of the Old Oregon Trail between 
milepost 258 and milepost 259. He said that the telephone company 
has acquired a 120-foot right of way strip for its facilities, bor- 
dering the highway timbered right of way and has erected its pole 
line along the center of this strip. Investigation on the ground, 
he said, reveals that if the company had constructed its pole line 
15 feet west of the center line 59 per cent of the trees, which it 
desires to cut, could have been saved, and if the company had con- 
structed its pole line 50 feet distant from the center line of its 
strip 97 per cent of the trees could have been saved. He recom- 
mended that the request of the company for the cutting of the trees 
on the state's property be denied and that the company be required 
to move its pole line farther away from the state's timbered strip 
so as to avoid the cutting of the trees inasmuch as the state's pur- 
chase of the property was for the specific purpose of preserving the 
tree growth. The Commission approved the recommendation. 


Use of state park ees in Curry County for mining poses:- 


The Parks Superintendent reported receipt of a letter ‘rom the State 
Department of Geology and Mineral Industries relative to the desire 
of a certain private mining group to obtain state park property north 
of Port Orford which contains valuable chromite deposits and suggest- 
ing that it would be to the state's interests if the Highway Commis- 
sion would approve the conveying of such property to this mining group, 
perhaps on the condition that the company would pay the state cash, 
in the amount that the state paid for the property, and five per cent 
of the value of the minerals produced from the land up to an amount 
of $10,000. The Commission discussed the matter briefly but deferred 
action until its next meeting. 


Addition to Short Sand Beach State Park:-The Parks Superintendent 
presented an offer from T. M. Collins, Portland, to sell to the state 
as an addition to Short Sand Beach State Park a 42-acre tract of land 
for the sum of $12,000 or to sell 36 acres to the state for the sum 
of $6,000 if he is allowed to retain a certain 6-acre tract for his 
own use and enjoyment. The Commission considered it inadvisable to 
acquire only the 36 acres and that the price asked for the entire 42 
acres is exhorbitant, and thereupon deferred the purchase for the time 
being. The Attorney was instructed to investigate Mr. Collin's in- 
come tax report to ascertain just how much the property is valued 
therein, 


Roadway easement across state park property near the Clatsop- 
Tillamook County line:-The Commission considered a request from a 
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reported on the following park matters: 


map or blueprint marked Exhibit A attached hereto and by this reference 
made a part hereof, which said exhibit for identification purposes bears 
the signatures of E. A. Collier, Division Engineer, H. G. Smith, Con~ 
struction Engineer, and C. B. McCullough, Assistant State Highway En- 
gineer, and is dated December 15, 1941, upon which map or exhibit are 
reflected the above described parcels of land by showing the same 

shaded in red.# 


2. In the event there remains any physical. connection be- 
tween any portion of said abandoned right of way or highway and the 
present highway, and by reason of such physical connection traffic 
from the existing highway may enter or use the said abandoned right 
of way or highway to the possible damage or injury of such traffic by 
reason of any unsafe condition existing with respect to said old or 
abandoned road, then the State Highway Engineer is hereby authorized 
and directed to erect such barricade or other safeguards as may be 
necessary to protect sand safeguard traffic using and employing said 
newly located, constructed and dedicated section of said highway. 


3. That this resolution be entered in the minutes and rec- 
ords of the Commission and a certified copy thereof promptly delivered 
to the County Court of Washington County, together with a copy of said 
exhibit or map, for such action as said County Court may desire to 
take with respect to the fragments of land to be abandoned, and should 
said abandoned sections of the right of way of said Nehalem Highway 
be further employed for public or private highway purposes such use 
shall be entirely under the control and supervision of the County 
Court of Washington County and beyond any responsibility or super- 
vision by the State Highway Commission. 


The State Parks Superintendent, Mr. S. H. Boardman, was present and 


‘ 


Relinquishment of Helmick Park for use in connection with United 
States Army cantonment:-The Parks Superintendent advised that he has 
been approached by army officials relative to the acquisition of 
Heimick Park, which has been included within the boundaries of the pro- 
posed army cantonment north of Corvallis, and inquiry has been made as 
+o how much the state wants for the property. He further advised that 
this park was conveyed to the state by James and Amenda Helmick and that 
the deed specifically states that it shall be held for state park pur- 
poses for all time. The Commission considered that it would have to 
relinquish the park if the army demanded it and in view thereof instructed 
the Attorney to contact the donors or their heirs and secure, if possible, 
a waiver of the provision that the state cannot dispose of it but must 


*Map filed Right of Way Abandonment and Retention File - No. 98 


Portland, Oregon, January 5, 1942 


The State Highway Commission met in special session at 9:30 a. m, 
in Room 234, Imperial Hotel. Present were: 


Henry F. Cabell, Chairman 

Huron W. Clough, Commissioner 

Herman Oliver, Commissioner 

R. H. Baldock, State Highway Engineer 
J. Me. Devers, Attorney 

H. B. Glaisyer, Secretary 


The Engineer brought up for discussion matters pertaining to the 
highway department's finances. He predicted the falling off of the revenues 
in view of recent government orders with respect to the rationing of automo- 
bile tires and the cessation of manufacture of passenger automobiles, and 
recommended the following in order to conserve state highway funds for use 
in connection with the matching of federal aid funds which may be allocated 
to the State of Oregon: 


1. Discontinue the contracting of all state construction 
pro jects; 


2. Reduce minor betterment expenditures to a bare minimum; 
3. Reduce expenditures for publicity purposes; 


4. Discontinue purchase of additional parks and curtail 
activities of the Parks Department to a bare minimun. 


He read aloud a letter directed to the Commission, dated January 3, 1942, with 
respect thereto. (See letter for details.) ‘tne Commission discussed this 
matter very carefully and decided in view of the existing emergency not to 
contract additional. state-financed projects unless there are exceptional cases 
that must go ahead. This procedure is to be followed for the next three or 
four months and then will be changed as conditions warrant. 


As to expenditures of the Travel and Information Department, the 
Commission approved the reduction as recommended by the Advisory Committee 
in its resolution presented at the previous meeting of the Commission. It 
was decided to call the members of the committee together to pass on future 
reductions in this department as may be deemed necessary. 


As to the purchase of additional roadside strips, the Commission 
decided to defer such purchases on the representation of Mr. T. M. Davis, 
Senior Highway Engineer of the Public Roads Administration, who was present, 
that the use of federal aid funds for such purposes will not be approved un- 
less the purchase is approved by the United States Army authorities. 


Discussion of the proposed recuction in the expenditures of the 
Parks Department was deferred until the afternoon session when the State Parks 
Superintendent will be present. 
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Mr. E. W. Kruschke for permission to construct and maintain a roadway 
across state-owned property situate in Section 6, fomship 3 North, 
Range 10 West, W. M. adjacent to the Oregon Coast Highway a short 
distance south of the Clatsop-Tillamook County Line. The Parks Sup- 
erintendent advised that Mr. Kruschke is simply asking for a privilege 
that he has already taken without the consent of the State Highway 
Commission or any other state official and that Mr. Kruschke has al- 
ready constructed a roadway in connection with which he cut a strip 
of timber 40 feet wide and deposited the debris by the wayside. He 
recommended denial of the request and that Mr. Kruschke be prosecuted 
for falling the timber. The Commission approved the recommendation 
and instructed the Attorney to institute suit against Mr. Kruschke 

to collect triple damages for destroying the state's property. 


Use of Harris Beach Park by Mrs. Anna Barclay:-The Parks Sup- 
erintendent presented the application of Mrs. Anna Barclay, Brookings, 
for permission to continue operation of a restaurant business on 
state-owned park property recently acquired from Carl Bauers, in Curry 
County, at least during the year 1942. The Perks Superintendent ad- 
vised that, according to the arrangement effected at the time of the 
purchase of the property by the state, Mrs. Barclay was to be given 
until December 15, 1941, within which to vacate the premises. After 
discussion the Commission denied Mrs. Barclay's request; however, 
granted her a period of six months within which to secure a new loca- 
tion and move her building thereto. 


Mrs. Inez Van Dyke encroachment in Casey State Park, Jackson 
County:-The Parks Superintendent advised that Mrs. Inez Van Dyke has 
been trespassing on the state's property for a long time and refuses 
to vacate the premises alhtough she has been ordered to do so on nup- 
erous occasions. The Attorney was instructed by the Commission to 
take necessary steps to evict her. 


There being no further business to come before the Commission at this 
time, the meeting was adjourned at 11:10 p. m. 
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that account when projects are approved, particularly projects that must be 
expedited. The Commission decided to discuss this matter at the next meeting. 


Consideration was given by the Commission to the matter of construct- 
ing the DeLaura Road, 0.7 mile in length, which extends from the Oregon Coast 
Highway at Skipanon Junction to the Crest Road between Fort Stevens and Camp 
Clatsop. The Engineer reported receipt of a letter from Mr. W. H. Lynch, Dis- 
trict Engineer, Public Roads Administration, stating that the United States 
War Department, has approved this project as important to national defense 
under the provisions of the Defense Highway Act of 1941; also, that the ‘York 
Projects Administration has $20,000 of nonlabor funds which can be applied to 
the project. The Engineer estimated the cost of construction at 366,000, ex- 
clusive of right of way which he estimated would cost about 391,000. In con- 
nection with this matter the Commission also discussed the proposed realign- 
ment of the Oregon Coast Highway to accommodate the U. S. Naval Base at Tongue 
Point, it being pointed out that this particular project has been approved for 
federal access money and for performance by contract by all authorities except 
the final authority in Washington, D. C. It was the thought of the Commission 
that the Tongue Point project should proceed on contract basis as planned, us- 
ing federal access money to finance the same, the state to contribute approxi- 
mately $60,000 of state funds as heretofore authorized; also, that the DeLaura 
preject should be constructed as a "PA project. The Commission also decided 
to acquire the right of way for the DeLaura project using state funds to fi- 
nance the same. 


The matter of curtailing expenditures in connection with the Oregon 
Trail Centennial was brought up for discussion by Chairman Cabell and it was 
decided not to authorize additional expenditures if that meets with the ap- 
proval of the Centennial Commission and Governor Sprague. The matter is to 
be discussed with the Centennial Commission by Mr. Titus, Acting Director of 
the Travel and Information Department, and Chairman Cabell was delegated to 
discuss the matter with the Governor. 

\ 

The Commission adjourned at 11:30 a. m. and reconvened at 2:00 p.m. 
in the same room with all members present and participating. Also present 
were the State Highway Engineer, the Attorney and the Secretary. 


The Attorney brought up for discussion an accident which involved 
a state car or truck operated by John Smith Jackson, The accident resulted 
in the death of one man and the severe injury of his wife. Two damage actions 
have been commenced, one by the estate of the deceased and the other by the 
widow for personal injuries. The state's insurance company, through its at- 
torneys, has notified the state that, under its policy, it is not liable in 
connection with the personal injury case for any sum in excess of $10,000; 
also, that the insurance company will appear and defend, but, since it is 
liable only in the maximun sum of $10,000, it has given the Highway Comission 
or its employee an opportunity to employ private counsel to help in the de- 
fense. The Commission instructed its Attorney to discuss the situation with 
the insurance company's attorneys and with the defendant, Mr. Jackson, but to 
take no action or make no arguments until the Commission has again considered 
the matter. 
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It was decided that the personnel of the several departments affected 
should be reduced to a minimum and that only the key personnel in such depart- 
ments should be retained. The personnel to be relieved in such departments is 
to be absorbed in other departments in so far as is possible. 


Chairman Cabell brought up for discussion the matter of distributing 
federal funds to the various divisions of the state, It was his thought that 
the present method of distribution cannot be followed during the present emer- 
gency in view of the fact that the moneys cannot be expended for projects oth- 
er than those approved by the army and navy authorities. The Commission de- 
cided to keep a record of the expenditures, from this time until the emergeney 
is passed, and to consider the expenditures made in the interim in the distri- 
bution of funds from then on. The Engineer was instructed to report to the 
Commission at the next meeting the present status of expenditures in the sever- 
al divisions. ‘ 


The matter of curtailing minor betterment work on primary and second- 
ary highways was also discussed and it was decided to defer all such work that 
is not immediately necessary, and to effect all economies possible in mainten- 
ance work, keeping in mind, however, tliat road facilities must not be allowed 
to depreciate to such an extent that they will interfere with the furnishing 
of adequate service for the transportation of goods and movement of troops. 


The question which projects are to be considered exceptional and 
which should proceed was discussed. Several were mentioned, such as the Plaza 
improvement in Ashland, improvement of the Columbia River Highway through the 
Parkrose District east of Portland, South Sixth Street Project in Klamath 
Falls, and the proposed improvement of the Oregon Coast Highway through the 
town of Gold Beach. The Commission decided to proceed with the Plaza improve- 
ment in Ashland as soon as right of way matters have been clarified. Similar 
action was taken on the proposed Parkrose improvement. The Engineer was in- 
structed to include these two projects in the list to be presented to the Pub- 
lic Roads Administration for approval by the army authorities. The Attorney 
was instructed to complete the right of way negotiations on such projects. 


The Commission decided not to construct the South Sixth Street Proj- 
ect, Klamath Falls, at this time; however, authorized and instructed the Attor- 
ney to obtain the right of way so that it will be ready when the Commission is 
able to proeeed with construction. 


The Commission tentatively decided not to construct the Gold Beach 
improvement; however, deferred a definite decision with respect thereto pend- 
ing consultation with local citizens. The Secretary was instructed to invite 
the Gold Beach delegation to the next regular meeting: of the Commission for a 
discussion of the matter if they so desire. 


The Attorney was instructed by the Commission to report at the next 
meeting the status of the right of way budget on unfinished work so as to give 
the Commission an idea how much money will be necessary to purchase right of 
way during 1942, The Engineer remarked that he would like to have as much 
right of way as possible acquired in advance so there will be no delays on 


gam 5 19428 


10818 


The Commission approved the following telegram sent by the Engineer 
to Colonel Frank W. Wright, who is in charge of the Pendleton army airbase, 
same having to do with the use by the amy of certain state-owned property 
which lies adjacent to the airport road near its intersection with the Old 
Oregon Trail at Pendleton: 


THIS IS YOUR AUTHORITY TO CONTROL AND USE FOR SUCH PURPOSES AS YOU 
DESIRE DURING THE PERIOD OF PRESENT WAR EMERGENCY PROPERTY OWED 
BY THE STATE OF OREGON ALD CONTROLLED BY THE OREGO!N STATE HIGHWAY 
COMMISSION APPROXIMATELY TEN ACRES IN EXTENT LYING ADJACENT TO 
STATE HIGHWAY LEADING TO AIR BASE. 


The following resolution relative to this matter was adopted by the Commis- 
sion by unanimous vote: 


WHEREAS, the State of Oregon, by and through its State 
Highway Commission, is the owner of the following described real 
property situated in Umatilla County, State of Oregon, to wit: 


A parcel of land lying in the Southwest quarter of 
Section 5, Township 2 North, Range 32 East, W. M., Uma- 
tilla County, Oregon, the said parcel being described as 
follows: ; 


Beginning at a point on the north and south center 
line of said Section 5, said point being 783.05 feet 
north of the south quarter corner of said Section 5; 
thence North 80° 19' West a distance of 414.5 feet to a 
point which is 60 feet distant northeasterly from (when 
measured at right angles to) the located center line of 
the Pendleton Air Base Road; thence parallel to and 60 
feet distant easterly from said center lihe on a 656.25 
foot radius curve right a distance of 524.92 feet to a 
point opposite and 60 feet from engineer's station 11+42.3 
P. C. S.; thence parallel to said center line on a spiral 
curve right, a distance of 383.25 feet to a point opposite 
and 60 feet from engineer's station 15+42.3 P. T.; thence 
North 27° 04' East parallel to said center line a dis- 
tance of 68.4 fees to a point opposite and 60 feet from 
engineer's station 16+10.7; thence North g9° 11" East a 
distance of 326.14 to the said north and south center 
line of said Section 5; thence South 0° 49' East along 
said north and south center line a distance of 990 feet 
to the point of beginning, containing 10 acres; 


AND, WHEREAS, said real property is adjacent to the area 
or reservation know as the Pendleton Air Base, which air base is 
now occupied by the Federal Government as a defense area; and 


WHEREAS, Colonel Frank W. Wright has requested that the 
Federal Government be given exclusive control over and use of the 


The Attorney reported a request from the County Court of Deschutes 
County that the state intercede in behalf of the county court to secure right 
of way for a county road across certain government lands in Deschutes County, 
and that the state take title to the right of way if necessary. It appears 
that the county court filed its application for such right of way but has been 
informed by government officials that the law is so written that the counties 
do not secure right of way benefits and that such benefits are obtainable only 
by the state. The Commission appeared favorably inclined to assist the county 
in the matter even to the taking of title to the right of way in the name of 
the state if it would not obligate the state to construct, the read. In conform- 
ity therewith the Commission voted unanimously to obtain the right of way in 
the name of the state if the county will agree in writing not to hold the state 
responsible for the road construction, and provided further that right of way 
200 feet wide, which the county wants, is considered by the Engineer to be sat- 
isfactory. 


The Commission discussed and confirmed the resolution adopted at its 
meeting held on December 18, 1941, with respect to the transportation of de- 
ferise goods and materials over Oregon highways on truck and trailer equipment 
having an overall length of 60 feet and a combined gross weight of load and 
vehicle of 68,000 pounds. 


Mr. C. ". Walter of the Lebanon Lumber Company, Lebanon, came before 
the Commission and requested authority to transport over the Santian Highway, 
between Cascadia and Lebanon, loads of logs having an overall length of 55 
feet, without the necessity to provide flagmen for each movement. The Engineer 
advised that a recent test run of logs 55 feet overall in length was made over 
this section and it was found that it would not be possible for loads of such 
length to negotiate the turns on one section about two miles long without tak- 
ing up more than half the width of the roadway. At this particular point, he 
said, the roadway is quite narrow and any operation thereover which takes up 
more than half the roadway will endanger other traffic. He explained the pol- 
icy of the Commission which requires each load in such cases to be accompanied 
by two flagmen, one to proceed in advance of the movement and the other to fol- 
low in the rear, as a traffic safeguard. Mr. Walter asked for a modification 
of this ruling so as to eliminate the requirement that flagmen shall accompany 
the movement and suggested, in lieu thereof, the maintenance of one flagman at 
each end of the two-mile section to warn other traffic of the logging opera- 
tions. After considerable discussion the Commission decided to adhere to the 
present policy and accordingly denied the request. 


The Engineer reported briefly on his attempt to purchase three new 
paving plants as authorized by the Commission at a previous meeting. It ap- 
pears that difficulties have been encountered in securing a priority rating 
from the OPM for the purchase, although the Commission's order for the purchase 
of trucks, which was authorized at the same time, was approved, He was in- 
structed to continue his efforts to obtain the paving plants, and to point out 
that the paving plants are needed in order to properly maintain the highways 
of this state. 
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without funds to pay its entire share of the costs and is asking the state to 
assume a portion of such expense although the city will contribute as much as 
it can. He further explained that the project is about three-quarters of a 
mile in length and is an essential project in order to relieve traffic conges- 
tion at the shipyards in the St. Johns District. After diseussion, and in 
view of the apparent emergency, the Commission voted unanimously to assume 
that portion of the city's share of the cost that the city cannot pay. The 
Engineer was authorized and instructed to advertise this project for bids to 
be received at the next regular meeting. 


The Secretary presented a resolution from the City Council of Beav- 
erton and a petition signed by numerous residents of Washington County who are 
users of the Tualatin Valley Highway, requesting the further widening and re- 
construction of such highway between the Multnomah County line and Forest 
Grove. The Commission denied the request because of lack of funds with which 
to finance the work. 


A letter was presented from Mr. Frank T. Morgan, Secretary, Nyssa 
Chamber of Commerce, inquiring as to the Commission's plans for paving Main 
Street (state highway route) in Nyssa and for the construction of certain 
storm sewers heretofore requested by the city. The Commission approved the 
Engineer's reply to such letter. (See letter dated December 31, 1941.) The 
Engineer was instructed to have Division Engineer Paul Van Scoy contact Mr. 
Morgan in the near future relative to the city's plans for a new water system 
along this street, and to ascertain just how this will affect the pavement 
work, et cetera. 


The Commission had under discussion a letter from the City of West 
Salem requesting state aid in financing a lighting system along state highway 
routes in West Salem. The Commission denied the request on account of lack 
of funds with which to finance the work. 


The Commission discussed a program of projects for performance on 
military roads selected by the United States War Department. The Engineer 
submitted a list of projects eligible for the same. After careful considera- 
tion the following projects were approved by the Commission by unanimous vote: 
ee ee 

Estimated 
County Section and Kind of Work Cost 


US #99 
PACIFIC HIGHWAY 


Douglas Umpqua River Bridge at Dillard 

Multnomah Interstate Bridge-Oregon Slough, Pave 
Linn Harrisburg Bridge Approach 

Clackamas & Pudding River Bridge 

Marion 

Josephine Grave Creek-Jump Off Joe Creek, Surfacing 


(continued on next vage) 
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real property hereinabove described so that said real property will 
be available to the Government in connection with the operation of 
said air base area; and 


WHEREAS, the State Highway Commission desires, consistent 
with its lawful authority, to cooperate to the fullest extent with 
the Federal Government in the conduct of any defense activity; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by this 
Commission, all members being present and voting affirmatively, as 
follows: 


1. That the above described real property shall be and 
tne same hereby is placed under the exclusive jurisdiction and con- 
trol of the United States Army for the duration of the war. 


2. That said real property may be used by the United 
States Army to such extent and for such purpose as may best serve 
the United States of America and that such use and occupancy shall 
be exclusive. 


3. That on the termination of the war the Federal Govern- 
ment shall surrender to the Oregon State Highway Commission all of 
the control and jurisdiction vested in the Government by this reso- 
lution. 


4. That this resolution be entered in the minutes and 
records of the Commission and a duly certified copy thereof deliv- 
ered by the Commission's Secretary to Colovel Frark W. Wright. 


The Engineer reported the award of the following contracts as previ- 
ously authorized by the Commission: 


Paving the Sun Dial Highway Section of the Sun Dial Secondary 
Highway, in jiultnomah County. Bids taken December 18, contract 
awarded December 19, 1941, to Parker-Schram Company, the low bidder. 


Grading, surfacing and oiling the South Unit, Enterprise-Forest 
Boundary Section of the Enterprise-Lewiston Highway, in Wallowa Coun- 
ty. Bids taken December 18, contract awarded December 27, 1941, to 
Rogers Construction Company, the low bidder. 


The Cowmission confirmed the awards of these contracts as reported. 


Chairman Cabell brought up for discussion the Burgard Street Proj- 
ect, in Portland. He explained that, according to the original arrangement 
with the City of Portland, the city was to do certain work, consisting of 
bringing the subgrade up to the proper elevation, and when this was done the 
state was to pave the entire area. However, it now develops that the city is 


The State Parks Superintendent, Mr. S. H. Boardman, discussed with 
the Commission matters pertaining to the curtailment of the state parks’ pro- 
gram, including park purc.iases and park betterments, because of the existing 
war emergency necessitating conservation of funds. He reported the following 
projects as approved by the Commission and carried over from the 1941 season: 


Purchase of Cascadia Park from George Geisendorfer as 
per agreement, $50 per month for 12 months during 1942 - $600.00 


Purchase of Umpqua Lighthouse cut-over tract from K. R. 
Richards, 140.08 acres at $5,00 an acre 


Purchase of wayside strips at Cascadia from Rova E. 
Conn, 7.5 acres at $66.66 per acre 


Purchase of wayside strips along Salmon River Highway 
from Miami Corporation, 40 acres at $4.75 per acre- - - 190.00 


Total g1,990.40 
The Commission approved the payments involved in these transactions. 


The following projects were reported by the Parks Superintendent 
as approved by the Commission but negotiations incomplete: 


Purchase of cutover lands along the Salmon River High- 
way from James Churchill, 80 acres at $5.00 per acre- - $400.00 


Purchase of yellow fir timber land in Tillamook County, 
40 acres at $50 per acre 


Purchase of beach frontage from E. S. Collins, near 
Short Sand Beach, 42.22 acres at $284.20 per acre ~ ~ 12,000.00 


Timber wayside strips along the Pendleton-John Day 
Highway, 835 acres at $15.20 per acre 


Total 


The Parks Superintendent was instructed by the Commission to discontinue nego- 
tiations for the first three of these tracts. As to the Pendleton-John Day 
Highway timbered strips the Parks Superintendent was instructed to contact 

the owners in an endeavor to secure, if possible, the deferment of tree cutting 
until such time as the Commission's finances will permit the purchase of the 


property. 


The Parks Superintendent submitted a list of park betterment orders 
from which the following were selected and approved by the Commission for 


1942 performance: 
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Estimated 
County Section and Kind of Work Cost 
(US #99 - Pacific Highway - Continued) 
Lane Eugene, Overcrossing & Approach, Grade, Pave & 
Relay Track $500, 000 
Jackson Ashland Plaza, Grade & Pave 35,000 
Josephine Grave Creek-Smith Hill, Grade 157,200 
#1, 260,000 
US #101 
OREGON COAST HIGHTIAY 
Tillamook Salmon River Bridge $50,000 
™ Three Rivers Bridge 30,000 
Coos Marshfield-North Bend, Grade & Pave 310,000 
$390,000 
CORVALLIS-NEWPORT HIGHWAY 
Benton Blodgett Overcrossing 360 , 000 
WILLAMETTE HIGHWAY 
Lane Coast Fork Willamette River Bridge $300 , 000 
US #30 
COLUMBIA RIVER HIGHWAY AND OLD OREGON TRAIL 
Umatilla Boardman-Stanfield, Surface & Oil $250,000 
Multnomah Troutdale-Bridal Veil, Grade 640,000 
. Parkrose, Widening 43,500 
$933 , 500 
WARM SPRINGS VIGHWAY 
Jefferson & Mill Creek-Miller Flat Section, Grade 9220 , 000 
Wasco 
Wasco Mill Creek Bridge 125,000 
$345,000 


The Engineer was aut 
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horized and instructed to transmit a list of such pro jects 
to the Public Roads Administration for governmental approval. 


(Maintenance budget for State Parks - continued) 
PARK 

Silver Creek Falls 

Umpqua Lighthouse 

Viento 

O & C Leases 

Fire Protection Tax (State Forestry Dept.) 

Additional Projects to be selected 

Total 


After careful consideration of each item the Commission tentatively approved 
such budget with the understanding that the Parks Superintendent would review 
the amount set up for each item and cut out all unnecessary expense. 


The Parks Superintendent brought up for discussion an offer from a 
mining company, represented by Mr. W. C. Hellier, to acquire a Port Orford 
Cedar State Park, in Curry County, that contains chrome ore which the company 
wishes to mine. He advised that this park contains 160 acres of land situate 
adjacent to the Oregon Coast Highway, about seven miles north of the Town of 
Port Orford, and that it was acquired by the state in 1929 for the sum of 
$2,400.00. Also, its present value is only about $1,600, in view of the fact 
that a considerable portion of the timber standing thereon has been destroyed 
by fire. The company's original proposal, he said, was to exchange other suit- 
able park land for this park on an acre-to~-acre basis; however, it has been 
suggested by Mr. Earl K. Nixon, Director of the State Board of Geology and 
Mining, that it would be fair and reasonable to ask the company to pay the 
state cash in the amount of $10,000, in addition to deeding the state an equal 
area of land, because of the value of the ore that the state park contains. 

The mining company, he said, selected three prospective sites to exchange for 
the state's property, all of which he inspected, and the one that he prefers 
is a 1400-acre tract situate just south of Floras Lake with a 33-mile frontage 
on the Pacific Ocean, which tract can be acquired, he believed, on the basis 

of settlement suggested by Mr. Nixon. The Commission indicated a desire to 
cooperate with the mining company in this venture because of the value of the 
chrome ore in the national defense program, but considered it inadvisable to 
deal with the company on the property-exchange basis. After considerable dis- 
cussion the Commission decided to ask the company to pay the state $2,400 in 
cash, representing the purchase price of the state park, and in addition there- 
to the sum of $10,000, such amount to be paid five per cent annually from the 
company's earnings on the property. Such arrangement is to be used as a basis 
for further discussion of the matter with representatives of the mining company 
when they appear before the Commission at its meeting on January 21. It was 
understood that the amount received for the park is to be placed at the dispos- 
al of the Parks Department for acquisition of another park area comparable with 
the one being sold. 

The Commission discussed and approved payment of an invoice from the 
American Association of State Highway Officials, in the amount of $350 covering 
dues of the State of Oregon in such association for the year 1942. 


The Commission also discussed briefly a bill that is now before Con- 
gress, the purpose of which is to vest in the Interstate Commerce Commission 
almost exclusive control over motor transportation throughout the several 
states. No action was'taken by the Commission in this matter. 

Ae 
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Purchase of refrigeration plant for Silver Creek Falls | 


State Park = - - - + << -+-+-+2+--+-+-2--+-- $ 350.00 
Expense of disbanding park crews, one-half month of 

Januery only -----+-+------------+--- 150.00 
Legal expense - --------+-----+---+---- 1,000.00 
Signing parks - -----------+-----+-+---- 250.00 
Cruising of timber tracts - - ~----+------- 200.00 
Photographic expense, fees for water filings, etc. -~ -- 100.00 
Improvements at Azalea Park, Brookings - -------- 100.00 
Iinprovenents at Boiler Bay State Park - -------- 50.00 


*Incasing fountain in Cascadia State Park - ------- 448.00 
Improvements in The Cove Park - - -----------=- 123.34 
Improvements at Ponsler State Park ----------- 50.00 
Improvements at Short Send Beach State Park- - - - - - - 621.58 

Total $3,442.92 


*(This project approved only in the event State Board of Health demands same.) 


The Parks Superintendent requested approval of a maintenance budget 
for the year 1942 in the emount of approximately $42,000, including the follow~ 
ing projects: 


PARK AMOUNT 
Alderwood $ 225.00 
Azalea and Harris Beach 1,530.00 
Bald Peak 150.00 
Booth 200.00 { 
Bradley 1,730.00 
Cape Arago (includes Golden and Silver Falls, Simpson, 

Barview and Wayside strips) 2,212.00 
Cape Lookout 460.00 
Cascadia 2,190.00 
Casey 1,445.00 
Chandler 200.00 
Columbia River Highway Parks 2,467.00 
The Cove Palisades 1,785.00 
Curry County Parks 2,442.00 
Ecola 2,362.00 
Helmick 210.00 
Holman 340.00 
Honeyman 3,667.00 
Lava Caves 525.00 
Lincoln County Parks 2,642.00 
Neptune 950.00 
Peter Skene Ogden 150.00 
Pilot Butte 100.90 
Ponsler 25.00 
Saddle Mountain - rental on CCC camp site 125.60 
Saddle Mountain - Watchman for CCC camp 550.00 
Saddle Mountain Park 619.09 
Salmon River 2,162.00 
Shelton 200.00 
Short Sand Beach 1,860.00 


(Continued on next page) 
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Portland, Oregon, January 21, 1942 


The State Highway Commission met in regular session at 9:00 a. m. in 
the auditorium of the Public Service Building. Present were: 


. Huron W. Clough, Acting Chairman 
Herman Oliver, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


Chairman Cabell was absent, attending a meeting in Washington, D. C., relative 
to highway legislation. 


Bids as follows for highway construction projects and sale of build- 
ings were opened and read in conformance with previously published notice fol- 
lowing which Commissioner Clough announced that the award of contracts would 
be made at 3:00 p. m. in the same room: 


MAINTENANCE EQUIPMENT SHED AT ALSEA 


A. T. Fox $2,580.75 
G. E. Anderson Company 2,937.61 
Erwin E. Batterman 3,261.00 
LEWIS AND CLARK BRIDGE 
REMODEL TRAFFIC BARRIER AT SOUTHERLY END 
No bids received on this project 
COLUMBIA RIVER HIGHWAY 
TONGUE POINT SECTION - GRADING AND PAVING 
Using Asphalt Using Tar 
Erickson Paving Co. $202, 314.00 $202,290.00 
Berke Brothers 206,437.50 - “ 
McNutt Brothers 208,457.00 208 , 457.00 
Leonard & Slate --- 215,902.00 
Roy L. Houck. 225,996.00 226,116.00 
K. L. Goulter 237,485.00 237,629.00 
Hauser Construction Co. 293,941.00 294,151.00 


BOARDMAN-STANFIELD HIGHWAY 
BOARDMAN-STANFIELD SECTION 
SURFACING, BITUMINOUS MACADAM AND CRUSHED ROCK 


F. R. Hewett | $247,173.00 
Babler Brothers 270 , 363.00 
E. C. Hall Company. 308 , 289.00 
McNutt Brothers 351,216.00 


jag1 1942 


The Engineer reported a request from the Contractors Association 
that the Commission allow contractors on state highway work to defer perform- 
ance of going contracts so as to vermit them to engage in the grading and pav- 
ing of airports. Ne gave as his thought that the granting of such request 
would work to the state's disadvantage, and suggested that the request be de- 
nied unless the request comes from the proper army officials. The Commission 
approved the suggestion and instructed the Engineer to discuss the matter with 
Mr. Theodore Arenz of the Contractors Association on such basis, advising hin 
that, if the army officials will request such concession along with the con- 
tractor, then the Commission will consider the granting of an exvension of 
time to the contractor on the state job until the contractor's defense project 
is completed, 


The Comaission considered and signed agreements, etc., as follows: 


Agreements with the following cities for work to be performed on 
city streets that are not state highway routes: 


Burns Jefferson Enterprise 
Cornucopia Oakridge Gold Hill 
Gresham Rainier Jose ph 
Jacksonville Canyon City La Grande 


Agreement with the Southern Pacific Conpany covering the Oak Hill 
Overcrossing of the company's Coos Bay Branch, in Lane County. 


Agreement with the Bonneville Power Administration covering pole 
line crossing of the Old Oregon Trail at Orodell, in Union County. 


Bargain and sale deed conveying unto George D. Saxton and wife 
two parcels of land containing 0.06 and 0.09 acre of land, respec- 
tively, in Washington County. Right of way file No. 6260-A. 


Permits authorizing the taking of samd and gravel from allotted 
Indian lands in Wasco County, for road building purposes, Real prop- 
erty files Nos. 9528, 9539 and 9540. 


The Comission discussed the date for its next regular meeting for 
the receiving of bids and decided to postpone the meeting heretofore sched- 
uled for Thursday and Friday, January 15 and 16, to Wednesday, January 21, 
1942. The Secretary was instructed to make the usual arrangements to hold 
the meeting in the auditorium of the Public Service Building, Portland. 


The meeting was adjourned at 5:00 p. m. 


State Highway Engineer chk rman 
Secretary T Comissioner 


eZ try ULicry 
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Judge Pope complained that log haulers, who secure permits from the 
State Highway Commission to operate over state highways, consider that such 
permits also cover hauling on county roads. It was pointed out to him that 
the Highway Commission's jurisdiction extends only to state highways and that 
the permits issued by the Commission simply cover log hauling on state highways, 
and it is the responsibility of the county to issue the permits where the oper- 
ations are over county roads and to prosecute in the event that the county's 
rules and regulations are violated. 


The policy with respect to the granting of permits was also explained, 
particularly the feature that prohibits the granting of permits, except in un- 
usual cases, if the geometric design of the road will not permit log hauling 
to be carried on without a portion of the load or equipment extending beyond 
the center line of the highway. Commissioner Clough advised that the Commis- 
sion appreciates that the county is confronted with a more serious problem 
than the state because county roads are usually constructed to much lower stand 
ards as to curvature than state highways; however, it appears to him that the 
solution is strictly up to the county court, in so far as county roads are con- 
cerned, and up to the State Highway Commission, with respect to state highways. 
The Secretary was instructed to send Judge Pope a set of the rules and regula- 
tions that have been adopted by the Commission covering log hauling traffic. 


Following this discussion, the Commission confirmed telephonic auth- 
ority given the Engineer a few days previous authorizing the transportation of 
logs over the Santiam Highway, between Cascadia and Lebanon, having an overall 
length of 55 feet, it being understood that one flagman shall be maintained 
at each end of the two-mile section, between milepost 32.90 and milepost 35.68, 
where there are numerous sharp curves, and that the flagmen will stop traffic 
approaching such two-mile section and issue an appropriate warning, orally as 
well as printed, to watch out for logging trucks. 


Dr. V. V. Caldwell, Dean-Director, General Extension Division, Oregon 
State System of Higher Education, and Mr. Burton Hutton, Director of the 
"Oregon on Parade" program, came before the Commission with respect to con- 
tinuing, during the summer of 1942, the arrangement heretofore in effect in 
1940 and 1941 for the financing of KOAC's "Oregon on Parade" radio program. 
Mr. Hutton pointed out that there remains unexpended from the 1940 appropriation 
a balance of $300 and a like amount from the 1941 appropriation, and suggested 
that this be applied toward a similar arrangement in 1942 if that meets with 
the approval of the Commission. He said that he is not asking the Commission 
to make a definite decision at this meeting but would like to have an answer 
so they can prepare a definite program at least a couple of months in advance. 
The Commission expressed satisfaction with the programs previously broadcast 
and expressed a desire to cooperate in the future as much as possible but de- 
ferred, until the return of Chairman Cabell, a decision whether or not to con- 
tribute toward such program in 1942. Commissioner Clough stated thet the Com- 
mission would pass on the matter at the earliest possible time. 


Messrs. Thomas Shea, Manager, Oregon Motor Transport Association, 
and H, R. Williams, Traffic Manager, Arrow Transportation Company, were present. 


CITY STREETS IN PORTLAND 
NORTH BURGARD STREET SECTION - PAVING 


Porter W. Yett , $18,392.00 
The United Contracting Co. 18,876.00 


MAINTENANCE EQUIPMENT SHED AT TILLAMOOK 


A. T. Fox $ 2,741.00 
G. E. Anderson Company 3,065.38 
Erwin E. Batterman 3,654.00 


UMATILLA ORDNANCE DEPOT 
CONSTRUCT UNDERCROSSING STRUCTURE AND APPROACH ROAD 


F. R. Hewett $38,392.50 
Harry I. Hamilton 38,802.50 
C. J. Montag and Son 39,300.50 


SALE OF BUILDING IN NORTH PLAINS 
Building No. 6545 (Former owner Carl Thielemann) 
No bids received on this building 


SALE OF BUILDINGS AT EUGENE 


Building No. 9316 (Former owner Mabel J. Reagan) 


Kenneth Dodd $312.00 
Burt Picha 262.00 
B. F. Pound 120.00 
Sullivan Wrecking Company 101.89 


Building No. 9252 (Former owner Webster L. Kincaid) 


Hoxe Smith $160.00 
Burt Picha 66.00 
Sullivan Wrecking Company 31.79 


County Judge E. L. Pope and District Attorney Fred A. Miller of Clacka- 
mas County were present and discussed with the Commission matters pertaining to 
log hauling. They particularly asked the Commission to make provision in its 
permits for the transportation of loads in excess of the legal length limits, 
for the elimination of overhang of unsupported load, and for the safeguarding of 
other traffic at curves where such loads take up most of the traveled roadway. 
They explained that it is difficult to prosecute in cases involving these features 
when tne Highway Commission's permits do not contain regulatory provisions. 

The matter was discussed at considerable length during which the Engineer ad- 
vised that the Commission's permits have already been modified to cover both 
situations. 


recommendation was thereupon approved. The Engineer was instructed to secure 
approval of the action by the Public Roads Administration, if possible. 


Mr. Edward E. Sox, attorney, Albany, came before the Commission in 
behalf of his client, Mr. T. M. Gilchrist, who owns property at the intersec- 
tion of the Pacific Highway East and the Santiam Highway, which property is 
desired by one of the oil companies on which to conduct a service-station bus- 
iness, Mr, Sox stated that Mr. Gilchrist is unable to consummate the deal 
with the oil company because the connection between the Pacific Highway and 
the Santiam Highway, for which right of way was purchased from Mr. Gilchrist, 
has not been constructed, To erect the service station on the property, as 
it is, he said, would place it too far from Pacific Highway traffic and it 
cannot be placed on the highway right of way because of the ruling of the 
Highway Commission. He further stated that, when Mr. Gilchrist sold the right 
of way to the state, he took into consideration the increase in value that 
would accrue to the rest of his property and accordingly did not ask the state 
to pay as much for his property as did others in this vicinity. He urged the 
Commission to approve one of the three following solutions to the problemr 
(1) deed back to Mr. Gilchrist the land that he sold the state for the Santiam 
Highway connection; (2) construct the connecting road in the immediate future; 
(3) pay Mr. Gilchrist a just compensation for his property which he feels he 
has not obtained under the circumstances, Mr. Sox admitted that Mr. Gil- 
christ's property has been increased in value by reason of the highway imorove- 
ment as now constructed; however, declared that it was for such reason that 
Mr. Gilchrist did not ask as much for his property as others asked for theirs. 


Commissioner Clough stated that, if it can be determined to the 
Commission's satisfaction just how much less the Commission paid for the 
Gilchrist property than it was actually worth before the highway was con- 
structed, then the Commission will pay Mr. Gilchrist the difference. How- 
ever, a final decision in the matter will have to await the return of Chair- 
man Cabell. Mr. Sox agreed to furnish such information. 


The Attorney discussed with the Commission the controversy with Mr. 
George P. Hitchcock of Eugere with respect to the acquisition of right of way 
needed for the Eugene-Springfield improvement of the Pacific Highway across 
Mr. Hitchcock's lands. He advised that this matter is now in court under con- 
demnation proceedings in connection with which he offered Mr. Hitchcock $12,000 
for his property as previously authorized by the Commission. Mr, Hitchcock, 
he said, now wishes to settle out of court, and will deed the property to the 
state if paid the sum of $13,500. He recommended against the payment of the 
extra amount because Mr. Hitchcock in the meantime has removed from the pre- 
mises certain shrubbery valued at $2,500. After due consideration the Com- 
mission refused to increase the amount of its previous offer, and instructed 
the Attorney to proceed with condemnation if Mr. Hitchcock will not accept 
$12,000. 


Mr. Ole Grubb, County Commissioner of Deschutes County, was present 
in regard to the improvement of the Terrebonne-Lower Bridge county road. He 
stated that the county has completed the grading work on all but a 13-mile 


Mr. Williams made an urgent plea for a modification of the Commission's present 
ruling which will not permit his company to operate over the Columbia River High- 
way, between the Washington state line and the town of Umatilla, truck and trail- 
er gasoline-tank combinations having an overall length of 60 feet which is in 
excess of the legal length limit in the state of Oregon. He urged this special 
concession in the interests of national defense and to make it possible to sup- 
ply customers from the Umatilla base which is extremely difficult to do under 
present conditions. He pointed out that, under the Commission's present ruling, 
they are obliged to break up their 60-foot overall combinations at the state 
line and to tow the trailer to Umatilla with an auxiliary truck which can be 
released for other uses if the Commission will approve their request. Commis- 
sioner Clough pointed out that the Commission already has a ruling which will 
permit the use of equipment 60 feet overall in length in the transportation of 
defense goods but the Commission could not see its way clear to grant any fur- 
ther concession on account of the law which prohibits movements of such charac- 
ter and also on account of the action taken by the 1941 legislature. He also 
stated that so far as he personally is concerned he would not care to pass on 
the matter until the return of Chairman Cabell. Commissioner Oliver concurred. 
Mr. Williams then asked that he be advised by letter just what the Commission 
will do in the matter. The Commission agreed to let him know as soon as possible 
after conferring with Chairman Cabell. 


Miss Ethel R. Decker, Superintendent, Helen Kelley Manley Community 
Center, Portland, was present and inquired as to the Commission's plans for the { 
construction of an additional unit at the south end of the Front Avenue Project, 
Portland. She said that this project has a bearing on the program of her or- 
ganization and they are anxious to know the Highway Commission's plans for this 
project so they can adjust their plans accordingly. She was informed that the 
Commission had hopes to advertise for bids for construction of an additional 
unit in the vicinity of Sheridan Street in March of this year but the war has 
changed the situation and the plans may have to be altered. It was suggested 
that Miss Decker contact the State Highway Engineer about the middle of February 
when it may be possible to give her definite information. 


Mr. E. L. Rigdon, contractor for the construction of grading, surfac- 
ing and oiling the Okerman Ranch-Sagehen Hill Section of the Central Oregon High- 
way, in Harney County, contract No. 2367, was present and asked the Commission 
to relieve him from payment of the penalty heretofore assessed against him for 
failure to complete this project within the specified time limit. He said that 
he underbid this job in the first place but accepted the contract because he 
thought he could at least break even; however, he lost considerable money on 
the job. He also said that he made an honest effort to do e good job and feels, 
under the circumstances, that ne should not be required to pay the penalty which 
amounts to $2,200.00. The Enginecr verified Mr. Rigdon's allegations as being 
substantially correct, stating that Mr. Rigdon encountered unforeseen difficul- 
ties thet were beyond his control. He recommended, in view of the circumstances, 
that Mr. Rigdon be relieved from payment of the entire penalty. Commissioner 
Oliver remarked that he inspected this job a number of times during progress 
of construction and can also verify the statements made by Mr. Rigdon. He 
favored granting the request. Commissioner Clough concurred. The Engineer's 


Commission refused to settle on such basis but voted unanimously to reimburse 
him for the cost of repairs to his truck plus $25, representing personal ex- 
pense in bringing the matter to the Commission. Mr. Irving was informed that 
this offer is final and that if it is not acceptable to him then it would be 
necessary for him to bring suit against the driver of the state's truck, Mr. 
Luther R. Meiton, and the company that wrote the state's insurance. Mr. 
Irving requested time to think the matter over. 


Mr. Merle Chessman, Chairman of the Advisory Committee on Publicity 
Matters, was present and discussed with the Commission the Commission's budget 
for 1942 with respect to the Travel end Information Department. Mr. Ben Titus, 
Acting Director of the Travel and Information Department, was also present and 
entered into the discussion. He advised that it would reauire at least $20,000 
to carry on the functions of his department this season, made up of the follow- 
ing items: salary $4,800, distribution of motion pictures $5,000, booklets 
$5,200, maps $3,000, miscellaneous items such as office rent, postage and in- 
cidental expense, $2,000.00. He explained that the contract has already been 
entered into for the distribution of the motion pictures and could not be can- 
celled without costing the state at least 53,000; also that the booklets ere 
not dated and can be used in future years if they ere not all cistrituted this 
year. 


Mr. Chessman advised that, at a meeting of some of the members of the 
Advisory Committee on the previous day, the decision was reached, in view of 
the present war emergency, that expenditures in connection with the Travel and 
Information Department should be limited to essential items with possibly some 
spot advertising in the states of California and Washington notwithstanding 
that some of the resort people in the state are getting jittery and feel that 
they will lose considerable business unless the state will continue its adver- 
tising as in the past. He also said that the previous action of the committee 
recommending elimination of all magazine advertising was confirmed. It was 
also agreed, he added, to approve the $20,000 budget; however, the committee 
will meet again in about April and will decide then whether or not to recommend 
any changes. The Commission thanked Mr. Chessman for his appearance and there- 
upon approved the $20,000 budget as recommended. 

Senator Wm. E. Walsh, Iie ‘ield, and Mr. W. J. Hellier, mining 
engineer, were present in regard to the purchase of state park property in 
Curry County. Senator Walsh stated that the state's property, as well as 
adjacent property, contains deposits of chrome ore which are particularly val- 
uable at this time on account of the war situation, and that the company which 
they represent has already acquired considerable private property in this local- 
ity but needs the state property because it occupies a key position in their 
setup. He gave as his understanding that the state paid $2400 for this perk, 
which contains 160 acres, and offered to pay the state such amount for the 
same notwithstanding a considerable portion of the Port Orford cedar standing 
thereon has been burned and that the price is about 50 per ceut more than the 
company is paying for other land in this vicinity. The company, he said, con- 
templates spending a large sum of money in connection with its operations; 
that it is a privately-financed concern, and that no stock will be seld; fur- 
ther, that unless they can secure the state's land the project may not 
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section and inquired as to the Commission's plans for the surfacing and oiling 
of the road. The Engineer recalled that the Commission promised the county 
court that it would surface and oil the road as a federal aid secondary high- 
way project if it was approved by the Public Roads Administration, and if the 
county would construct the grade; further, that such approval was obtained but 
before the state could do any work the war started and the federal funds were 
"frozen", except those needed to finance defense projects for which this road 
does not qualify. He doubted that it would be possible to do this work now 
with state money because of difficulties in securing equipment and materials 
and a satisfactory priority rating. He suggested that, if the county would 
complete the grading and surface the road, which would put it in usable condi- 
tion, then the Highway Commission could spend the federal moneys on some other 
county road in Deschutes County when they are released. Mr. Grubb stated that 
the county is equipped to do grading work and some surfacing work, and the 
county court might approve such an arrangement if the state would give the 
county credit later. He approved the Engineer's suggestion; however, stated 
that the county is not in position to furnish all of the oil rock. Commis- 
sioner Clough stated that the Commission wants to keep faith with the county 
and will cooperate with the county to the best of its ability. The Engineer 
was instructed to work up a set of specifications for oiling, that the county 
can furnish the materials for, for the consideration of the Commission at its 


meeting in February. 


The Engineer reported on the cost to construct guard fence along the ; 
Dooley Mountain Section of the Baker-Unity Highway as ordered at the previous 
meeting. He estimated such cost at $15,000.00. The Commission considered the 
project too costly to undertake at this time and accordingly deferred it until 
a future date. 


The Engineer presented a plan for the channelization of traffic at 
the intersection of the Pacific Highway and the McKenzie Highway at West Spring- 
field. He explained that this is a deviation from the original plan, right of 
way for which would have cost about $100,000, and he recommended adoption of 
the proposed plan as a temporary expedient in view of the fact that at some 
future time the Pacific Highway will undoubtedly be rerouted on another loca- 
tion west of Eugene. The Commission approved the plan as submitted. 


The Commission adjourned at 12:00 noon and reconvened at 2:00 p. m. 
in the game room with the same persons present and participating. 


Mr. Clark Irving, Independence, came before the Commission in regard 
to his claim for damages arising out of an accident on the North Santiam High- 
way near Idanha and involving a state highway truck. (See minutes of October 
16, 1941, for details of accident.) Mr. Irving claimed damages in the amount 
of $561, representing the cost of repairs to his truck and loss of time. The 
Attorney advised that the state's insurance company does not accept liability 
because the state's truck was not touched. The Commission considered that the 
state is obligated to a certain extent because the state's truck was being 
driven on the wrong side of the road. After a lengthy discussion, Mr, Irving 
offered to accept the sum of $400 as settlement in full of his clain, The 
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but no bid was submitisd using tar. All bids received for this proj- 
_ ect are referred to the Engineer with power to award the contract to 
the low bidder when certain conditions have been satisfied. (This 
contract was awarded later in the session to Erickson Paving Company 
at its low bid of $202,290, using tan) 


"Boardman-Stanfield Section of the Boardman-Stanfield Highway, 
in Morrow and Umatilla Counties. 25.88 miles surfacing and bitumin- 
ous macadam; also furnish 13,000 cu. yds. crushed material in stock 
piles. F. R. Hewett, Spokane, Washington, submitted the low bid on 
this project in the amount of $247,173.00. Babler Brothers, Portland, 
were second low, in the amount of $270,363.00. There were two higher 
bidders. The Commission awards this contract to the low bidder, F. 
R. Hewett, at his bid’ of $247,173.00. 


"North Burgard Street Section of city streets in Portland, 
Multnomah County. 0.72 mile paving. Porter . Yett, Portland, sub- 
mitted the low bid on this project in the amount of $18,392.00. 
There was one other bid received, being that of The United Contract-— 
ing Company, Portland, in the amount of $18,876.00. The Commission 
awards this contract to Porter W. Yett, at his low bid of $18,392.00. 


"Construction of a 32' x 50! shed with .conerete foundation at 
Tillamook, in Tillamook County, for storage of highway maintenance 
equipment. A. T. Fox, Salem, submitted the low bid for this work 
in the amount of $2,741, ond the second-low bid was received from 
the G. E. Anderson Company, Portland, in the amount of $3,065.38. 
There was one other bidder. The Commission awards this contract 
to A. T. Fox, at his low bid of $2,741.00. 


"Construct undercrossing structure with 0.44 mile approach road 
at the south end of the Umatilla Ordnance Depot, in Umatilla County. 
F. R. Hewett, Spokane, Washington, submitted the low bid for this 
project, in the amount of *38,392.50. Harry I. Hamilton, Eugene, 
submitted the second-low bid in the amount of $38,802.50. There 
was one other bidder. The Commission refers all bids for this proj- 
ect to the Engineer with power to award the contract to the low bidder, 
when certain conditions have been satisfied." 


Sale of Residence Building in North Plains: 


"Building No. 6545 (formerly owned by Carl Thielemann). No bids 
were received for this building. 


Sale of Residence and Business Buildings at Eugene: 


"Building No. 9316 (formerly owned by Mabe] J. Reagan). Kenneth 
Dodd, Eugene, submitted the high bid for this building in the amount 
of $312, and second-high bid was submitted by Burt Picha, Salem, 
in the amount of $262.00. There were two lower bidders. The Com- 


mission rejects all bids. 


materialize. He also said that the company prefers not to deal on any royalty 
basis and that it is imperative that they know at once whether or not they can 
obtain the state's property as they have government contracts for chromium 
which must be filled as quickly as possible. He explained that the chromium 
deposits in this locality are low grade and that it would not be economical to 
mine it if it were not for the present war situation. 


Commissioner Clough advised that the Highway Commission does not 
want to hold up the mining venture in any way, on the other hand wishes to 
encourage it as much as possible. However, the Commission feels that, if the 
property contains certain undergroupd values, the state should secure benefits 
therefrom and, accordingly, is of the opinion that the company should pay a 
small royalty for the ore taken from the property in addition to securing reim- 
bursement for the purchase price. Commissioner Oliver concurred and added that 
this is a public matter, involving public funds and, accordingly, the Commis- 
sion must protect the public interests, otherwise it will be severely criticized. 
The Engineer recited the settlement suggested by Mr. Earl K. Nixon, Director 
of the State Board of the Department of Geology and Mineral Industries, that 
the company should pay the state $2400 cash plus a royalty of $10,000 payable 
five per cent annually from its earnings. After further discussion the Commis- 
sion deferred final action on the matter pending the return of Chairman Cabell 
from Washington, D. C. The Engineer was instructed to secure Mr. Cabell's 
reaction thereto and to bring the same to the attention of Commissioners Clough 
and Oliver by telephone when final instructions will be given. : 


At 3:00 p. m. Commissioner Clough announced the following awards of 
contracts and sale of buildings, bids for which were taken at the morning ses- 
sion, such awards having previously been approved by the unanimous action of 
the Commissioners present: 


"Construction of a 32' x 50' shed with concrete foundation for 
storage of highway maintenance equipment at Alsea. in Benton County. 
A. T. Fox, Salem, submitted the low bid for this project in the 
amount of $2,580.75, and G. & Anderson Company, Portland, submitted 
the second-low bid in the amount of $2,937.61. There was one other 
bidder. The Commission awards this contract to A. T. Fox, at his 
low bid of $2,580.75. 


"Remodel traffic barrier at southerly end of Lewis and Clark 
Bridge, in Clatsop County, by installation of electrically operated 
lifting device in place of existing hydraulic installetion. No bids 
were received on this project. (The Commission decided later to do 
this work with state forces.) 


"Tongue Point Section of the Columbia River Highway, in Clatsop 
County. 0.98 mile grading and paving. There were seven bids received 
for this project, the low one being that of Erickson Paving Company, 
Seattle, Washington, at $202,314, based on the use of asphalt, and 
$202,290, based on the use of tar. The second-low bid was that of i 
Berke Brothers, Portland, at $206,437.50, based on the use of asphalt, 
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also approved, Judge ‘iurphy stating that they are accepting the proposition as 
outlined if that is the best offer that the Commission can make. However, in 
doing so the court wants the Commission to know that it is not deviating from 
its position that the Commission should take over this road as a secondary 
state highway, and the agreement covering the arrangement in his estimation 
should so state. The Attorney was thereupon instructed to prepare an appro- 
priate form of agreement covering the matter. 


Reconsideration was given by the Commission to a letter from the 
Jackson County Chamber of Commerce requesting the removal of three or four 
points on the Crater Lake Highway, between Trail Junction and McLeod, where 
sight distance is short and where, they alleged, it is dangerous for cars to 
pass. The Engineer estimated the cost to improve this section as it should 
be done at $180,000, and to widen at the points requested at $30,000.00. He 
recommended deferment of the project until the present war emergency is over 
because of the urgent need of the funds elsewhere. The Commission adopted the 
recommendation. 


A letter was presented from Mr. Harry A. Slack, Attorney, Coquille, 
in behalf of Mr. and Mrs. Wayne Watson of that city in which the Commission 
was requested to remedy a slide condition which exists along the Coos Bay- 
Roseburg Highway in front of the Watson property about one-half mile south of 
Coquille. Mr. Slack referred to an agreement entered into between the Commis- 
sion and the Watsons on November 18, 1938, and asked the Commission to extend 
the bulkhead heretofore constructed so as to alleviate the present condition. 
He advised that unless something is done soon the Watsons’ house very likely 
will slide onto the highway right of way. The Secretary presented a copy of 
the agreement referred to by Mr.S.ack which provides that the state shall, 
without cost to the owner, construct a bulkhead in front of the owmers' prop- 
erty and on the right of way of said highway between certain highway points 
and shall likewise place a new sill under the house and porch of the owners 
for the purpose of bringing the house and the porch up to its proper level 
and elevation; also, in which the Watsons agree that they will not hold or 
expect the state, its State Highway Commission, officers, agents, or employ- 
ees to guarantee the permanency of said corrective measures or construe said 
failure, if they should fail, as an admission and acceptance of liability on 
the part of the state, its State Highway Commission, officers, agents or em- 
Ployees. The Engineer advised that the things required of the state, as men- 
tioned in the agreement, have been done and in his estimation the Commission's 
obligation has been fulfilled in its entirety. The Commission concurred in 
the Engineer's viewpoint and thereupon denied the request. The Secretary was 
instructed to convey such information to Mr. Slack and to send him a copy of 
the agreement for his ready reference. : 

The Commission discussed an affidavit and bond submitted by lir. E. 
W. Dick, McMinnville, Oregon, for the purpose of securing the salary check, 
in the sum of $31.13, of one Edgar V. Jones, former employee of the State 
Highway Department. The Attorney explained that Mr. Jones left the employ of 
the State Highway Department owing Mr. Dick a certain sum of money, and that 
he wrote Mr. Dick some time later authorizing him, Mr. Dick, to collect and 
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"Building No. 9252 (formerly owned by Webster L. Kincaid). Three 
bids were received for the purchase of this milding, the high one 
being that of Hoxe Smith, Eugene, in the amount of $100.00, and second- 
high being that of Burt Picha, Salem, at $66.00. The Commission re- 
jects all bids." 


Reconsideration was given by the Commission to the matter of remodel- 
ing the traffic barrier at the southerly end of the Lewis and Clark Bridge 
which project was advertised for bids to be received at this meeting, but no 
— were submitted. The Commission decided to have this work done with state 

orces. 


The Commission also discussed the disposition of the building on the 
highway right of way at North Plains for which no bids were submitted at this 
meeting. The Assistant Attorney advised that the building is of no-value and 
suggested that it would be advisable to have it wrecked either by WPA forces 
or state forces. The Commission approved the suggestion. 


The matter of the sale of the mildings at Eugene was also discussed. 
The Attorney requested authority, in view of the fact that the Commission reject- 
ed all of the bids received at the morning session for the purchase of these 
buildings, to negotiate private sales for the same. The Commission approved 
the request and authorized sale of the buildings if the offers received in such 
private negotiations are higher than the bids submitted at this letting. 


The County Court of Marion County, represented by County Judge Grant 
Murphy and County Commissioners Jim Smith and Ralph Girod, and County Engineer 
N. C. Hubbs was present in regard to the maintenance of the North Santiam High- 
way between Niagara and Detroit, a distance of 12 miles. They pointed out 
that this section is still a county road under the jurisdiction of the county 
court although they understand that the Highway Commission intends to designate 
it a state highway when it has been constructed to state highway standards. 
They advised that the road is not in good state of repair and they are partic- 
ularly concerned with the bridges which soon will have to be replaced. They 
asked the Commission to take over and maintain the road at this time because 
the county is not financially able to assume the expense of such work. They 
alleged that the traffic that uses the road is mostly state highway traffic and 
that it is isolated as far as county maintenance is concerned. 


Commissioner Clough advised that regardless of how the Commission 
felt about taking over the road it could not be done at this meeting because 
it takes action by all three Commissioners and Mr. Cabell is absent. The Engi- 
neer advised that there is merit in the county court's request and in his es- 
timation the state is more or less obligated because, as the court stated, 
most of the traffic that uses the road is state highway traffic. He suggested 
that the state assume the payment of 50 per cent of the cost of the maintenance 
work, until such time as the road is placed on the state secondary highway 
system and the new road is constructed. The Attorney advised that the Commis- 
sion has legal authority to enter into such an arrangement if it so desires. 
The Commission, after discussion, approved the arrangement. The County court 
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resolutions and authorized the Secretary to insert each in the proper place 
in the minutes of the meetings held on December 18, 1941, and January 5, 1942, 
when such matters were discussed and approved. 


A letter was presented from the Consolidated Freightways, Inc., re- 
questing increased carrying capacity on their truck and trailer equipment for 
all movements through the state of Oregon, involving interstate shipments, 
which privilege is now limited to the transportation of defense goods only. 
The Commission considered that it does not have legal authority to grant this 
request and accordingly tock no action thereon. It was the thought of the 
Commission that this is a matter that should be passed on by the Governor. 


The Commission discussed briefly and approved the Engineer's letter 
of December 29, 1941, directed to Mr. E. P. Leavitt, Superintendent, Crater 
Lake National Park, concerning route-number signs on state highways within 
the park. 


The Secretary presented a resolution from Lincoln County Vourt accert- 
ing jurisdiction over a short section of the old Corvallis-Newport Highway 
right of way heretofore abandoned by the state upon reconstruction of the 
highway on other alignment. The Commission approved the resolution and 
ordered it filed. 


A letter was presented from the Hood River Chamber of Commerce sug- 
gesting the continuation of the Commission's program publicizing the State of 
Oregon notwithstanding the present war emergency. The Secretary was instruct- 
ed to inform the Chamber of Commerce of the Commission's plans to curtail ex- 
penditures for this purpose. 


The Attorney brought up for discussion the question whether or not 
an effort should be made to secure relief from the payment of the taxes re- 
quired by the federal government in connection with electric-power purchases. 
He advised that such purchases during the past twelve-month period totaled 
$28,333.28 and that the state was required to pay a three per cent tax amount- 
ing to approximately $350.00. This tex, he said, was paid to the power com- 
panies along with the payment for service rendered, but was not turned over 
to the government; furthermore, the power companies ellege that they cannot 
relieve the state from the payment of the tax because of the fact that the 
tax is woven into the companies' rate or charge and that the Public Utilities 
Commissioner will not permit the application of one rate to the state and 
another rate to a private industry. It was his thought that an attempt should 
be made to secure relief from the payment of additional taxes and reimburse- 
ment from the power companies of the tax heretofore paid. After discussion 
the Commission approved the suggestion and instructed the Attorney to see 
what could be done about the matter. 


The Engineer reported telephonic information just received from 
W. H. Lynch, District Engineer, Public Roads Administration, to the effect 
that the Tongue Point project on the Columbia River Highway, in Clatsop County, 
for which bids were tcken by the Commission at the morning session, has been 
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apply on this account the moneys that he, lir. Jones, had coming from the state. 
However, he did not sign his name in full, using only his nickname "Buck". 
This letter, he said, was forwarded to the State Highway Department with a re- 
quest for Mr. Jones's check but the check was not released because the letter 
did not bear Mr. Jones's full signature. The Attorney gave as his thought 
that the affidavit and the bond would clarify the situation and that the Com 
mission, with this evidence and security, could deliver the check to Mr. Dick 
without assuming any liability. He recommended that the check be sent to Mr. 
Dick. The Commission approved the recommendation. 


The Engineer reported that in accordance with authority previously 
granted him by the Commission he has awarded contracts, as follows, bids for 
which were received by the Commission at its meeting on December 18, 1941, the 
conditions of the awards having been fulfilled: - 


Grading, surfacing and oiling the Soda Mountain-Silvies Section 
of the John Day-Burns Highway, in Grant County. Contract awarded 
January 6, 1942, to M. L. O'Neil & Son, the low bidders. 


Grading, surfacing and oiling the Wright Ranch-Milo Section of 
the Tiller-Trail Secondary Highway, in Douglas County. Contract 
awarded January 16, 1942, to C. J. Eldon, low bidder. 


The Commission confirmed the avards. 


The Commission had under consideration the selection of a date upon 
which the insurance policy that the state is to give the railroad companies, 
in connection with the lease of the Steel Bridge in Portland for use by state 
highway traffic, shall become effective. The Attorney advised that the rail- 
road companies require that they be furnished a bond to protect the companies 
from anything that might happen to their tracks beneath the bridge when the 
proposed ramp, et cetera, is under construction. The Engineer advised that 
it is not proposed to construct the ramp this year so it is unnecessary as yet 
for the Commission to set an effective date for the bond. The Attorney was in- 
structed to so inform the railroad companies. 


The Engineer reported briefly on the advisability of employing a 
Safety Engineer on construction work. Action on this matter was deferred un- 
til some future time. 


The Engineer requested authority to purchase three power hoists for 
use by uridge maintenance crews, at an estimated total cost of $1,200.00. The 
Commission approved the request, the purchase to be made through the State 
Purchasing Agent in the usual manner. 


The Secretary presented two resolutions prepared by the Attorney, one 
of which authorizes the use of certain state property adjacent to the Old Oregon 
Trail opposite the Pendleton Airport, by the United States Army, and the other 
designates the width of the Wilson River Highway right of way opposite lend 
owned by the Consolidated Timber Company. The Commission approved both 


samt OL 1942 


c-— 


10835 | 


providing a longer-radius turn and a safer intersection. The Engineer was in- ‘ 
structed to convey such information to the city authorities and ascertain } 
their attitude with respect thereto. 


The Attorney brought up for discussion certain reservations desired 
by the Wright-Blodgett and Tidewater Timber Co. in the deeds conveying to the 
state right of way for the Fishhawk Falls Secondary State Highway cross 
their holdings in Clatsop County. He advised that the companies are donating 
the right of way but want to insert in the deed of conveyance a reservation 
allowing them the use of their private logging roads on the right of way in 
connection with the removal of their timber, and also want the state to build 
satisfactory approaches from the logging roads to the highway at points where 
they intersect. They also ask the privilege of operating their logging equip- : 
ment upon and along the highway within the boundaries of the property that they 
are deeding, regardless of the fact that the weights and dimensions of their P| 
loads may exceed the statutory limits in those respects. Furthermore, they | 
wish to have the privilege of removing rock from any quarry that the state a: 
may open up on the lands that they are conveying to the state. The Commis- 
sion decided that it does not have legel authority to approve 2 reservation 
that would allow the companies to transport loads having dimensions and weights ig 
in excess of the limits specified by statute and accordingly refused to ap- 
prove such reservation; however, upon recommendation of the Engineer approved 
the other reservations requested. 


The State Parks Superintendent, Mr. S. H. Boardman, was present and ng 
reported on the following state park matters: a: 


Pendleton—John Day Highway timbered wayside strips:-Mr. Boardman 
advised that, in accordance with instructions given him by the Com- 
) mission at the previous meeting, he conferred with Mr. E. C. Kerns, 

President of the Pilot Rock Lumber Company, which owns a consicder- 

able portion of this timber, with respect to deferring the cutting 
of the timber until such time as the State Highway Commission is 
financially able to purchase the property heretofore negotiated for, 
same being located between Dale Ranger Station and the junction of bi 
Camas Creek with the North Fork of the John Day River. He said that us 
he explained the reasons that the Highway Commission is unable to Bir 
complete the purchase of the tract at this time, and in view of the 
situation Mr. Kerns agreed to hold the timber until such time as the ; 
Commission has funds available to purchase it. The Commission ap- | 
proved the report. 4 


Sale of Port Orford cedar tract in Curry County:-The Commission as 
reviewed the matters brought out in the conference earlier in the Es 
session with Senator Walsh and Mr. W. J. Hellier, representatives a 
of the mining interests which wish to obtain this state park. The me: 
Parks Superintendent suggested that the Commission discuss this ‘5 
matter with Mr. Earl K. Nixon, Director of the State Board of the 
Department of Geology and Mineral Industries, before making its 
final decision in the matter because, according to ir. Nixon, the 
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cleared by the Public Roads Administration and the Commission now is at lib- 
erty to award the contract to the low bidder, Erickson Paving Company, Seattle, 
Washington, if it so desires. He recommended the award of the contract at this 
time in view of such information. The Commission approved the recommendation 
and thereupon by unanimous vote awarded the contract to the Erickson Paving 
Company on the basis of its low bid of $202,290, using tar. 


The Secretary requested authority to eliminate hereafter from log 
hauling permits the PUC number of trailers used in connection with such move- 
ments. He explained that the trailer number is of no particular value and 
simply leads to confusion not only among operators of the equipment but also 
in his office where the permits are prepared, particularly in cases where a 
fleet of trucks is being operated under one PUC permit and trailers are fre- 
quently switched from one truck to another. He further explained that there 
is no way of identifying any particular trailer because most of them are built 
exactly alike. The Commission considered that the mention of the PUC trailer 
number is of no particular value in such permits and thereupon approved the re— 
quest. 


The Engineer brought up for discussion a complaint from Robert M. 
Stuart, Beaverton, with respect to a traffic hazard which he alleges exists at 
the intersection of Allen Strect with the Beaverton-Aurore Secondary Highway 
in Beaverton. Mr. Stuart advises that a power pole is being maintained at 
the northwest corner of this intersection, same being used jointly by the Port- 
land General Electric Company and the West Coast Telephone Company, and that 
the pole is so placed that anyone traveling south on the state highway and turn- 
ing into Allen Street is obliged to swing over onto the left-hend side of 
Allen Street, into the lane of traffic approaching the highway from Allen 
Street, and, if such lane is occupied, has to stop until the lane is cleared 
thus violating the traffic law by stopping on the highway. Furthermore, the 
situation is conducive of traffic accidents. The Engineer advised that this 
matter has been investigated and that the allegations of Mr. Stuart have been 
confirmed; further, that the corner is so sharp that a lot of the traffic pre- 
fers to pass behind the pole, on private property, rather than take a chance 
of occupying the wrong lane on Allen Street. The intersection would be much 
safer, he said, if the pole were moved back. However, it does not appear to 
be a responsibility of the state because it is back of the area that is under 
state jurisdiction. He also said that the matter has been brought to the atten- 
tion of the Public Utilities Commissioner who has offered to do everything with- 
in his power to assist in the removal of the pole to 2 safer location, provided 
the Highway Commission will agree to pave the area back of the pole as it is 
presently located. 


As a result of the discussion of this matter it was decided that the 
removal of the pole is the city's responsibility and that the city is also 
liable for accidents that may occur under present conditions. It was agreed 
that the pole in its present location is a traffic hazard and should be re- 
moved. The Commission authorized the construction of new concrete curb and the 
paving of the area between this curb and the present highway pavement if the 
city will cause the pole to be moved to a location back of this curb, thus 
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The Attorney requested authority to acquire certain parcels of real 
property that are needed for various highway improvements throughout the state. 
He submitted a list of such properties together with offers that he recommended 
be made for each. After careful consideration of each item the Commission ap- 
proved the request and by unanimous vote adopted the following resolution with 
respect thereto: 


WHEREAS, in connection with the further improvement of the 
highways hereinafter designated, it is and has been necessary to ac- 
quire property for right of way, quarry sites, gravel or other mater- 
ial sites, or sites for the storage of materials, as hereinafter more 
definitely set forth, and 


WHEREAS, as a result of negotiations carried on with the 
owners of the property required, options have been obtained, which 
options have been considered by the Commission, outlining the bases 
of settlement which have been agreed upon, and 


WHEREAS, it is the judgment of the Commission that the 
said options should be approved and accepted, and/or the said re- 
ports be. declared acceptable to the State Highway Commission as 
bases of settlement for the properties involved, and that the ac- 
quisition of the properties should be completed: 


NOW, THEREFORE, BE IT RESOLVED that the several offers, or 
bases of settlement hereinafter enumerated be, and the same hereby 
are, approved and accepted, and that the Attorney for the. State 
Highway Commission be, and he hereby is instructed to complete the 
acquisition of the said properties and to take title thereto in tho 
name of the State of Oregon. The said properties hereby ordered 
and authorized to be acquired are as follows: 


Section, Hwy., and Owmer Purpose Acres Approximate Amounts Agent 


Troutdale-—Corbett Section 
6784-Columbia Contract Co. R, 


16.84 $250 per acre Parker 


Camp Clatsop-West Lake Section, Oregon Coast Highway 
9841-Clatsop County Scale Site 0.30 Gratis Witt 


Sandy River Section, Columbia River Highwa 
8758-State Land Board R/W 1.56 $60 -per acre Parker 


Scott Creek-Benton County Line Section, Alsea Highway 
9271-Fox, Julia, and Dan 
Gardner R/W 0.86 #15 per acre, + 
$582.50 Gardiner 


Depoe Bay Section, Oregon Coast Highway 
7232-Lincoln County Park +625 sq.ft. Lump Sum - $1.00 McChesney 
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state's property contains chrome ore valued in excess of $200,000 and 
other minerals such as gold, platinum, et cetera. Commissioner Oliver 
gave as his thought that the company should be required to pay $2400 
cash and $10,000 as royalty, payable five per cent annually from the 
earnings of the company. The Engineer suggested such settlement or 
the payment of $12,400 cash by the company, in order to avoid public 
criticism, such payment to be earmarked and set aside for expenditure 
in connection with the acquisition of some other desirable park prop- 
erty. Final action on this matter was deferred pending consultation 
with Chairman Cabell. 


Parks Department financial report for 1941:-The State Parks 
Superintendent presented a statement of income and expenditures for 
the year 1941, as follows: 


STATE PARKS DEPARTMENT 
INCOME FROM STATE PARKS FOR YEAROF 1941 


Source of Income Amount Received 


of Cherries $11.48 
of Pears . 2,731 lbs. 
> of Peaches 12,979 " 
of Prunes 960 " 16,670 1b.) 424.97 
of Apples small amounts 
$436.45 


Bathhouse Receipts 231.79 


Sheep Grazing 75.00 
Total $743.24 


EXPENDITURES BY STATE PARKS DEPARTMENT 
FOR YEAR 1941 


x Budget _1 mditures Balance 
Acquisition $100,000.00 $104,419.29 $ 4,419.29- 


Betterment 30,000.00 15,432.53 14,567.47 

Maintenance & Operation 38,600.00 35 427.62 3,172.38 
$168,600.00 $155,279.44 $17,739.85 
135,279. —4:419.29- 


Unexpended Balance $ 13,320.56 $13,320.56 
(returned to General Fund) 


The Commission approved the report and ordered it filed. 
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Section, Hwy., and Owner 


Acres Agent 


Purpose 


dudkins Point-Springfield Junction Section, Pacific Highway a8 
9431-Brooks, Thomas 0.129 $1000 per acre plus Parker CT 


$262.50,+ moving bldgs. 
(Est. $1300) 


Approximate Amounts 


= “a's 


Papin epee ae 
Bee 


9428-Pryor, Cal A. " 0.113 $1000 per acre,+ #283, ® 
+ moving bldgs. (Est. 
$1400) es 
9425-Jenkins, Roy R/W and f 
Easement 0.081 1000 per acrey $ " ‘al 4 
+ 3450.32,+ moving Bldg. ey 
(Estd. 31350) 4 

9427-McFarland, Mary H. R/W 0.208 1000 per a.+ 3740, + t" 


moving house, garage, 
service station (Estd. 
$1900), + making fill 
for service station 2 
site (Estd. 2340) i 


Wright Ranch-Fate Grade Section, Tiller—Trail Highw | 
9919-House, Frank B. R/1 0.14 125 per a., + fencing Gamtiner i: 
$77.50; additional land : 
to be paid for at 3125 
per a.(between R/W line 


and fence) 
9921-Ulam, Clay " 0.76 $65.65 per a., + fenc- " 
ing $50 
9915-Dean, Merlin K. ® 2.25 $125 per a.,+ 3606.25 " 
9908-Baker, Bruce R/W and (0.16 4125 per a. 
Gravel Bar (11.8 gravel bar at 40 per a., 
11.96 + 4202.50; additional 
land to be paid for at 
rate of 125 per a. 
(between R/W, fence) " 
9917-Blackmun, Elbert P. R/W 0,008 Land $1, + 20 " 
9916-Douglas County Bldg. " 0.007 Land $1, + $13.75 bs 
& Loan Assn. and 
Ivan Welch 
9920-Wright, Jay W. " 10.45 JlO per a., + 3740, + n 


Ashland Section, Pacific aay, 
9682-Claycomb, H. L. R/W 5,969 sq.ft. 75¢ sq.ft.,deduction for 


moving bldgs., etc. 
$425; additional land Be 
to be paid for at rate a 
of $125 per a. (between as 
R/W line and fence) 


Rte 


property to be cozveyed 

to Clayecomb (2578 sq.ft. 

at 75¢ sq.ft.) + $2865, 

less deduction of $332.61, 

+ 93.85% low bid mov.Bldgs. 
Estd. $19,500) + $500 Gardiner 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


C H 

7000 Benson 
credit by deduction $100 
for moving house 


Bend-Marshfield Section on 
9494-Bahler, A. A. 9 


Davies-Vadi ction, Wi Creek H 
519-Maller, Harry J. etal R Construction $15.00 DeSouza 
(Supplemental) of access road 


Jo Creek-Mills Bridge Section, Wilson River i 
-Condit, E. M., M. D. Permit to fell danger Gratis J. H.Scott 


Ackley, A. J. Sweet trees 


Vadis-Gerdner Ranch tion, Wolf Creek Hi 
556-Jossi, Jacob 4.62 $150 per acre, + $507 Collins 
6549-Nathan, Emma Jane Blake P/W 1.88 $200 per acre, + $35 . 


Sylvan-West Slope Section,Tualatin Valley Highway 
9701-Christensen, Elsie M. Slope 0,06 $1500 per acre, + §35 Witt 


Easement 


Front Avenue Project, Columbia Street South, Portland, Pacific Highway West 
8162-Aveline, Paul R/¥ 3,000 sq.ft. $2,500 McCallister 


88614-Shank, Lip, E.A. and Grade 
Roland M. chg.damages $1,350 " 


Otis-Valley Junction Section, Salmon River Highway 
9999-Palanuk, N. R. and Easement 0.08 6 months' easement Benson 


E. J. Stewart $50 


Boyer-—Otis Section, Salmon River Highwa 
8426-Dodd, Rubert R/W 0.03 $10 Lump Sum Benson 
" 


3168-Johnson, Lewis C. " 0.017 glo " 


Corvallis Section, Pacific Highway West e 
7080-Taylor, Herbert M. vi 2,417 sq.ft. 5¢ per sq.ft. McCallister 
7085-McLaughlin, A. M. 4,543 " " 5¢ per sq.ft. " 
7086-Taylor, Roy W.,Estate 6,582 5¢ per sq.ft. " 
9873—Taylor, Clara " 5¢ per sq.ft.+ $25 n 
9874-Medley, Elbert B. " 5¢ per sq.ft.+ $71.35 * 
" 2¢ per sq.ft. 
7087-Taylor, Christine W. n 5¢ per sq.ft.+ $1016 


Monroe—Ferguson Section, Territorial Highway 
4416-A-Williams, Wendell W. Drainage 


Ditch Esmt. 0.043 GRATIS 
4415-A-Porter, Lester D. Drainage 
Ditch Esmt. 0.06 GRATIS 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Shearer's Bridge Section, Sherman Highwa 
8810-Dick, Frank G., RAW 19.73 35.00 per acre Cozad 


Trustee 
Umatilla Ordnance Depot Section, Main Entranee Road 
9899-Northern Pacific Co, RW 5.93 $5.00 per acre DeSouza 
Chichester Gulch West Section, Shaniko-Fossil Highwa 
9884-Matteer, Vera N. R/W 1.22 $5.00 per a. + fenc- 


ing $75 Witt 
Boardman-Stanfield Section, Old Oregon Trail 
884l-Attebury, Roy G. R/W 3035 $80 per acre Landon 
(Correction) 3.82 $4.37 per acre, + 
ol? $603.25 a 
Enterprise-Forest Bound Section, Enterprise-Lewiston Highway ; 
9937Federal Land Bank, and R/W 0.75 $10 per acre, + Landon if 
William Bauer fencing 


John Day Section, John Day Highwa , a 

9895-A-Officer, Gladys R/W 5,203 sq.ft. Sef sq. ft. Cozad ig 

Soda Mountain-Silvies Section, John Day-Burns Highwa # 

9943-Craddock, Chester W. R/W 0.39 $10 per a. + fencing Landon Fs 
" 


+ 

9945-Craddock, Geo. " 0.9 $10 per a. + fencing B 
9946-Craddock, Dave, Estate " 1.63 $10 per a. + fencing " t 
9949-Craddock, Jack and Geo, " 0.32 310 per a. + fencing " : 
9951-Craddoek, Ben, Estate, n 4.57 #10 per a. + fencing " q 

and C. W. Craddock ¢ 
9942-Hankins, Ralph " 0.02 125 per a. + 97.50 n 4 
9950-Hankins, Merle " 0.10 glO per a. + fencing " | 
9952-Southworth, E. I. " 0.28 10 per acre " a 
9944-Murray, John, Jr. et al " 0.28 $10 per a. + moving n a 


(Murray Bros.) fence 

9948-Ogilvie, Frances and n 2.63 glO per a. + moving n 
J. VY. Ivy fence 

9947-Selle, Reinalt and Chas. " 0.73 $10 per acre n ; 
H. Selle ” 


Baker—Pleasant Valley Section, Old Oregon Trail 
.9901-Federal Farm Mortgage Co. 
and Bruno DeRoest Stock Pile 1.67 $44.91 per acre Landon 


Wrights Point-The Narrows Section, Frenchglen Highway 
9975-Hahn, Arthur D. 3.08 $2.50 per a. + $12.50 Landon 


9973-Reed, Metta " 6.20 $2.50 per a. + 997.50 " 
9977-Griffin, Gerald, Heirs ® 4.38 GRATIS " 
and Harney County 


Section, Hwy., and Owmer Purpose Acres 


(Ashland Section, Pacific eee - cont.) 
9684-Engle, Clara 5 sq.ft. 


9689-Owen, Camila E. " 996 " 


9686-Green, Irma Virgina “. 2,362 * 


9687-Jackson County 
9685-Butler, G. S. 


3,821 
(2,746 
(2,045 

4,91 


9683-Harrison, H. S. 1,597 


9688-Billings, G. H. 514 


Redmond-Sisters Section, McKenzie Highway 
9985-Oregon & Western Col- Gravel 9.6 
onization Company Pit 


Approximate Amounts 


60¢ sq.ft.+ $7692.40 Gardiner 


less $666.66 

85¢ sq.ft. + $5653.40 
less $399.75 

60¢ sq.ft. + $7070.80 
less $522.75, + moving 
bldgs. (Est. $500) 
$1.00 Lump Sum 

60¢ sq.ft. 

7¢ " + $12,820.90 
less salvage plate glass 
$87.50, less $972.47 
10¢ sq.ft. + $6,882.10 
Less $492 J 
75¢ sq.ft., + $3,995.10, 
less $380.60, + $350, 
less $267.52 


$20 per acre 


Redmond-Bend Section, The Dalles-California Highwa 
2124a-Grant, Lee C. Haul Road 2.34 32.50 plus per acre 


2123-Deschutes County " " 0.96 


Dee-Parkdale Section, Hood River hwa 
9857-Benedetti, Marie L. R/W 
9866-Bailey, 0. M. 

9858-Spanziana, Colombo 

9859-Johnsoh, Howard C. 
9855-Porterfield, Mart 


GRATIS 


$75 per a. + $96.75 

$5.00 Lump Sum 

$35 per acre, + $135 

$30 per acre, + $61.50 
$100 per acre, + $1163,+ 
allowance of $57,50 to 
low bidder for submitting 


Agent 


bid for moving bldgs., etc. 
$25 per acre Witt 
$14.25 Lump Sum 


9860-Early, R. B. 


9129+Hood River Co, and 
Helen Allegre 


$40 per acre, + $476 DeSouza 


Wyeth Section, Columbia River Highway 
7951-Dunn, Mildred Haul Road 


Easement 


0.33 1 year lease $10 Witt 


Hood River Section, Columbia River Highway 


9957-Hood River, City of Maintenance 2.77 


Site 


McCullough 
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eminent domain real property, or any interest therein, necessary 
or deemed by the Highway Commission necessary for the accomplish- 
ment of any and all of the foregoing things; and 


WHEREAS, in the judgment of the Highway Commission the 
several tracts or parcels of land hereinafter decribed are each 
and all necessary for the specific and particular purposes here- 
inafter specifically set forth; 


NOW, THEREFORE, BE IT AD IT HEREBY IS RESOLVED by the 
State Highway Commission as follows: 


1. That the Comnission does hereby find and declare 
that the parcels of real property hereinafter described are each 
necessary for the accomplishment of the purposes hereinafter ex- j 
pressly and specifically set forth, which said real properties and 
the specific purposes for which the same are being acquired are de- 
scribed as follows, to wit: 


Real property owned by Evelyn Farrelly, which prop- 
erty is located in the southeast quarter (SE3) of the 
southwest quarter (SW+) of Section 29, Township 1 North, 
Range 10 East, W. M., Hood River County, Oregon, and is 
more particularly described on the attached sheet and 
designated as Parcel No. 1 and is further identified in 
the records of the Highway Commission as file R 9861, and 
which property is being acquired for right of way purposes Es 
in connection with the Hood River Highway;* BS f 


Real property owned by Lucinda F. Stratton, which 
property is located in Block A of the City of John Day, 
situated in Section 26, Township 13 South, Range 31 East, 
W. M., Grant County, Oregon, and is more particularly de- 4 
scribed on the attached sheet and designated as Parcel 2 
No. 2 and is further identified in the records of the ie 
Highway Commission as file R 9895, and which property is 
being acquired for right of way purposes in connection 
with the John Day Yighway;* 


2. That the Commission does hereby find and declare 
that each of the said described parcels of real property is neces- 
sary and acquisition of the same by the State is required for the 
specific purposes hereinabove set forth, and the said properties 
are being acquired for the express and specific purposes in this 
resolution set forth. 


3. That the State Highway Engineer be and he hereby is ' 
instructed and directed to make or cause to be made all surveys = 
necessary in connection with the detersination, description, and ft 
acquisition of said real properties, and said Engineer is further 
instructed to prepare and submit to the Legal Department necessary 
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Section, Hwy., and Owner Purpose Acres Approximate Amount Agent 


Wrights Point-The Narrows Section - continued 
9970-Harney County 15.14 GRATIS Landon 


(21 sq.ft. 
9979-State Land Board " 0.02 $2.50 Lump Sum " 
9971-Beery, Charles E. " 3.09 $2.50 per acre Lad 
Kimberly-Monument Section, Monument Highwa 
25-Murphy, Elizabeth C, R/W 18 rods Fencing at 31.25 ver Landon 
(Supplemental) rod 922.50 


Boardman-Stanfield Section, Boardman-Stanfield Highway 
10043-McClintock, L. A. Quarry Site 8.68 Perpetual lease to be given 


& haul road 2.07 state in exchange for grazing 
Easement 10.75 right on land south of high- 
way in SE* of Sec. 34, Twp. 
8 N, R 28 E.W.M., owned by 
state, + fencing quarry site. 
State to abandon stock pile 
site at Station 1125. Landon 


The Attorney also requested authority to institute condemnation pro- 
ceedings to acquire certain properties that are needed for highway improve- 
ments. He submitted a list of such properties, together with offers that he 
recommended in condemnation, as follows; 


File No. Name Purpose Required Recommended Offer 
9895 Lucinda F. Stratton Right of Way $100.00 
9861 Evelyn Farrelly eS 8 700.00 


After discussion the Commission approved the request and the offers and by unan- 
imous vote adopted the following resolution with respect thereto: 


WHERZAS, the State Highway Commission is authorized to 
locate, relocate, construct, reconstruct, maintain, widen, straight- 
end, and otherwise improve state highways, both primary and second- 
ary, and said Commission is also authorized to construct shops, 
equipment sheds, office buildings, maintenance sites, patrolmen ac- 
commodations, and snow fences, and is authorized to acquire quarry 
sites, gravel pits, storage sites, stock pile sites, weighing sta- 
tions, and broadcasting stations, andis further authorized to devel- 
op, construct, improve, operate, and maintain parks, parking places, 
auto camps, camp sites, roadside development, recreational grounds 
or resorts, and other places of attraction and scenic value; and 


WHEREAS, said Highway Commission is authorized to acquire 
by purchase, agreement, donation, or by the exercise of the power of 
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Reconsideration was given by the Commission to the matter of con- 
structing a fence along the Warm Springs Secondary Highway south of Madras, 
in Jefferson County, in front of property owned by a Mr. Emil Henskie. The 
Assistant Attorney reviewed the facts in the case, advising that Mr. Henskie 
purchased the property from Jefferson County, but he has been unable to as- 
certain whether or not he actually paid the county less for the property with- 
out the fence than he would have paid had the right-ofeway fence been built. 
He pointed out that it is the practice of the Commission to pay for fencing 
only in cases where such fencing is a consideration in the right-of-way pur- 
chase, and in this particular instance the land was acquired from the county 
with nothing said about the fence. It was his thought that it would be es— 
tablishing a dangerous precedent if the Commission would now authorize the 
construction of a fence at such a long time after the right of way was ac- 
quired, and he recommended that Mr. Henskie's request be denied. The Com- 
mission approved the recommendation, 


The Attorney brought up for discussion a settlement with C. F. 
Allecre for right of way neaded for the improvement of the Dee-Parkdale Sec- 
tion of the Hood River Secondary Highway across Mr. Allegre's land. He ad- 
vised that this property is now under condemnation; and that the Commission's 
original offer to Mr. Allegre was $350 for the two acres involved, but such 
offer was raised later to #500 upon statements by Mr. Allegre that his land 
on the east side of the highway was cut off from water on the west side of 
the highway, although subsequent investigations reveal that to be erroneous. 
Mr. Allegre, he said, originally demanded g1,200 for the two acres, but is 
now willing to settle if the Commission will pay him $550. He recomnended 
payment of $550 for the tract in order to avoid additional litigation. The 
Commission approved the recommendation and so ordered. 


The Attorney requested instructions relative to the purchase of 
property from H. L. Kuhl adjacent to the Siletz Bay-Newport Section of the 
Oregon Coast Highway. He advised that the highway has been reconstructed 
at this point and Mr. Kuhl ows two and one-half acres situate between the 
old and the new highway locations, which area is low ground and is being dam- 
aged as a result of the new highway-fill construction. He gave as his thought 
that it would be advisable for the state to purchase this tract in order to 
avoid the payment of excess damages, and advised that Mr. Kuhl is willing to 
sell the entire two and one-half acres for the sum of $3,000 if he is allowed 
to keep a building located thereon, which building he will remove from the 
premises at his own cost and expense, or he will sell to the Commission two 
acres for the sum of $2,000 if he is permitted to retain the one-half acre 
on which the building is located. The Commission considered it advisable to 
purchase the entire tract for $3,000 and let Mr. Kuhl keep the building, pro- 
vided he will remove it from the premises. The Attorney was authorized to 
negotiate with Mr. Kuhl on such basis. 


The Secretary presented a letter from Frank J. Anlauf, Cottage 
Grove, directed to the Honorable Charles A. Sprague, Governor, in which the 
suggestion was made that the state purchase a spruce-timbered area adjacent 
to the Oregon Coast Highway south of Winchester Bay which he understands is 
to be logged off in the near future. According to Mr. Anlauf, the tract 
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and adequate descriptions of the said real properties, which said 
descriptions shall be available for the preparation of any deed or 
deeds or other instrument or instruments necessary to complete the 
acquisition of said property or properties, whether said properties 
be acquired by purchase, donation, agreement, or by the exercise of 
the power of eminent domain. 


4. That J. M. Devers, Attorney for the State Highway Com- 
mission, be and he is hereby requested, authorized, and directed to 
attempt to agree with the owner or owners and/or with the tenants or 
persons in possession, if there be any, of said parcel or parcels of 
land with respect to the compensation to be paid for the taking of the 
same and the damage, if there be any, and in the event that no satis- 
factory agreement or agreements can be reached, then it is hereby fur- 
ther resolved that J. M. Devers, Attorney for the State Highway Commis- 
sion, be and he hereby is requested to commence and prosecute to a 
final determination such suit or action, or suits or actions, as may 
be necessary and appropriate to acquire title to the said premises and 
all rights therein for the purposes herein stated, 


5. That this resolution be entered in full in ‘he minutes 
and records of this Commission, 


*(The detailed déscriptions of the respective parcels of real property 
mentioned in this resolution are attached to the original resolution on 
file in the office of the State Highway Commission, Salem, being Resolu- 
tion No. 20, under the heading "Real Property Condemnation Resolutions" 
and said descriptions by this reference are made a part of this minute 
entry to the same extent as if copied in full herein.) 


The Assistant Attorney reported, as follows, on right of way expendi- 
tures in 1941:- Amount budgeted for Front Avenue Project, Portland, $800,000; 
amount expended on such project $500,000, leaving a balance of $300,000 to be 
carried over to 1942. Amount of budget for 1941 for general right of way pur- 
poses $600,000; amount expended in 1941 for such purpose $650,000, being an 
overrun of $50,000. 


The Assistant Attorney advised that he is unable at this time to sub- 
mit an estimate of the budget requirements for 1942 because of uncertainties as 
to which projects the Commission intends to construct. The Engineer advised 
that, according to the best information available, taking into consideration 
the present schedule of contract lettings and estimated receipts and expendi- 
tures for 1942, a right-of-way budget of about $550,000 will be required for 
state-wide richt-of-way purchases, and a budget of about $290,000 will be re- 
quired for purchase of right of way along Front Avenue, in Portland, such 
amounts being exclusive of the amounts needed for purchase of quarries, gravel 
pits, stock-pile sites, parks, and miscellaneous sites. The Commission indi- 
cated approval of such budget amounts. 
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can serve no public purpose, then said abandoned area may revert 
to the adjoining property owners as provided by law. The frag- 
ment or parcel of land affected by this resolution is defined and 
described as follows, to wit: 


All of that certain section of the old right of way 
of the Pacific Highway West through the town of Tigard 
and situated in Section 2, Township 2 South, Range 1 West, 
W. M., Washington County, Oregon, lying on the southeast- 
erly side of the right of way required for the reconstructed 
Pacific Highway West, the beginning and ending points with 
reference to engineer's stations of the said reconstructed 
highway being engineer's station 72+00 on the northerly end 
and engineer's station 97+30 on the southerly end. 


The location of said abandoned right of way may be more 
definitely and particularly ascertained and determined by reference 
to a map or blueprint marked Exhibit A attached hereto and by this 
reference made a part, hereof, which said exhibit for identification 
purposes bears the signatures of E. A. Collier, Division Engineer, 
H. G. Smith, Construction Engineer, and C. B. McCullough, Assistant 
State Highway Engineer, and is dated December 15, 1941, upon which 
map or exhibit is reflected the above described parcel of land by 
showing the same shaded in red.# 


2. In the event there remains any physical connection 
between any portion of said abandoned right of way or tighway and 
the present highway, and by reason of such physical connection 
traffic from the existing highway may enter or use the said aban- 
doned right of way or highway to the possible damage or injury of 
such traffic by reason of any unsafe condition existing with re- 
spect to said old or abandoned road, then the State Highway Engineer 
is hereby authorized and directed to erect such barricade or other 
safeguards as may be necessary to protect and safeguard traffic 
using and employing said newly located, constructed and dedicated 
section of said highway. 


3. That this resolution be entered in the minutes and 
records of the Commission and a certified copy thereof promptly 
delivered to the County Court of Washington County, together with 
a copy of said exhibit or map, for such action as said County Court 
may desire to take with respect to the fragment of land to be aban- 
doned, and should said abandoned section of the right of way of 
said Pacific Highway West be further employed for public or private 
highway purposes such use shall be entirely under the control and 
supervision of the County Court of Washington County and beyond any 
responsibility or supervision of the State Highway Commission. 


#Map filed Right of Way Abandonment and Retention File - No. 99. 


contains a fine stand of timber which should be preserved, The Commission 
decided not to purchase the tract at this time due to the stringency of the 
times which necessitates the curtailment of expenditures for such purposes, 
The matter is to be reconsidered by the Commission along with other similar 
projects when the present emergency is over. 


The Commission had under consideration the abandonment of a portion 
of the Pacific Highway West (old route) through the town of Tigard, in Wash- 
ington County, and the abandonment of the old Pendleton Airport Secondary High- 
way, in Umatilla County, on account of the reconstruction of these highways on 
other alignment. The Engineer advised that the sections of highways referred 
to are no longer of value from the state highway standpoint, and recommended 
that they be turned back to the respective counties in which they are situate 
for further maintenance as county roads or for other disposal. The Commission 
approved the recommendation and thereupon by unanimous vote adopted the follow- 
ing resolutions with respect thereto: 


WHEREAS, in order to afford and make possible a bewter 
alignment and a more serviceable, safe and convenient highway for 
the traveling public, the Commission found it necessary to relocate 
and realign the section of the Pacific Highway West in the town of 
Tigard in Washington County; and 


WHEREAS, by reason of said relocation and reconstruction 4 
of said section of highway there was eliminated and made unnecessary 

as a part of the permanent highway a certain section, which section 
is more specifically defined and described hereinafter in this reso- 
lution; and 


WHEREAS, it is the judgment and opinion of the Commission 
that there should be recorded in the minutes and records of the Com- 
mission its purpose and plan to abandon as a part of the said highway 
the fragment or portion of right of way heretofore designated and 
which was heretofore included within the area of the right of way of 
said highway as formerly located, but which is now without the regular 
limits of said highway as relocated, 


NOW, THEREFORE, the premises being in general as above stated, 
it hereby is resolved by this Commission, all members being present and 
affirmatively voting, as follows: 


1. That the fragment of land confined within the area herein- 
after described, which fragment or parcel of real property was formerly 
within the limits of the right of way of the Pacific Highway West but is 
no longer a part of the right of way of said highway as the same has 
been relocated and constructed, be and said parcel of real property is 
abandoned as a part of the right of way of said highway, and said par- 
cel of land is, so far as control and supervision of this Commission 
is concerned, eliminated and left to revert to Washington County for & 
such public use as the County Court may deem proper, and in the event 
the County Court should determine by order or otherwise that the same 
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McCullough, Assistant Highway Engineer, and bears date of Decem- 
ber 17, 1941.* 


4. That this resolution be entered in the minutes and rec- 
ords of the Highway Commission and a duly certified copy thereof be 
delivered to the County Court of Umatilla County and a like copy to 
the Public Roads Administration. 


#Map filed Right of Way Abandonment and Retention File - No. 100. 


The Engineer brought up for discussion a request from the United 
Contracting Company for relief from payment of penalty charged it for failure 
to complete its contract No. 2441, grading and paving the St. Helens Section 
of the Columbia River Highway, in Columbia County, within the specified time 
limit, which penalty is in the amount of $251.22 and represents extra engi- 
neering costs incurred by the state in connection with this job subsequent to 
the date of completion specified in the contract. The contractor, he said, 
alleges the following: that bids were taken by the Commission for this job 
on February 27, 1941, that the date of completion specified was July 3, 1941, 
that it was the second-low bidder but the Commission awarded the contract to 
it during the latter part of March, upon the refusal of the low bidder to 
accept the award. Further, that it did not receive a signed copy of the con- 
tract until April 7, 1941; also that this company attributes its failure to 
complete the project within the specified time limit to delays incident to 
the award of the contract and delivery of the signed copy to it, totaling 
40 days, and points out that if the Commission would allow it an extension 
of time equal to the 40 days lost, the contract could be considered completed 
without overrunning the time limit, because the work was actually finished 
on September 6,1941. The Engineer advised that the reasons given by the con- 
tractor for failure to complete the project within the specified time limit 
are substantially correct, and, in addition thereto, the contractor was handi- 
capped because of uncertainties of labor and equipment. He recommended, in 
view of the circumstances, and for the reason that the contractor carried on 
the work to the best of its ability, that it be relieved of the payment of 
the penalty heretofore imposed. The Commission approved the recommendation. 


fhe Engineer presented a list of surveys that he has ordered since 
the last meeting of the Commission and asked the Commission to confirm them 
and the emounts allocated for each. After due consideration the Commission 
authorized and instructed the Engineer to make such location surveys on vari- 
ous sections of the highways of this state, which said sections of highways, 
together with their identifying location survey numbers and the amounts auth- 
orized and allocated for such survey expenditures are as follows: 
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WHEREAS, that section of the Pendleton Airport Highway ly- 
ing between engineer's station 1282+50 on the Old Oregon Trail High- 
way and engineer's station 51+50 on the southeasterly right of way 
line of the reconstructed Pendleton Airport Highway has been relocated 
and reconstructed over a different route, thereby making unnecessary 
the further maintenance and use of the following described section 
as a part of the state highway system: 


All that certain section of the old right of way of 
the Pendleton Airport Road lying in the East half of Sec- 
tion 5, Township 2 North, Range 32 East, W. M., Umatilla 
County; the beginning point being on the center line of 
the Old Oregon Trail Highway at engineer's station 1282+50, 
and the ending point being on the southeasterly right of 
way line of the reconstructed Pendleton Airport Highway 
opposite engineer's station 51+50. 


The above described section of said highway, while not need- 
ed as a part of the state highway system can serve a useful purpose 
as a county road and the County Court of Umatilla County has requested 
that the said abandoned section of the Pendleton Airport Highway be 
turned over to the County Court to be maintained as a county road. 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the Ore- 
gon State Highway Commission, all members being present and affirma- 
tively voting as follows: 


1. That the section of the Pendleton Airport Highway above 
described be and the same hereby is abandoned as a part of the Pendle- 
ton Airport Highway as the same has been relocated, reestablished and 
improved by the State Highway Commission. 


2. That said abandoned section of the former route of the 
Pendleton Airport Highway be surrendered to Umatilla County to be 
maintained by the said County as a county road, and that the County 
Court of Umatilla County be hereby requested to adopt a formal and 
appropriate resolution by which the County will accept the said 
highway and designate and adopt the same as a county road and assume 
full responsibility thereover. 


3. That there is attached to this resolution and made a 
part hereof a blueprint marked Exhibit "A" and on which there is 
shown shaded in red the road affected by this resolution, which 
blueprint for identification purposes is signed by Paul Van Scoy, 
Division Engineer, H. G. Smith, Construction Engineer, and C. B. 
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~ - — - 33-1430 - The Dalles-Seufert Section, Columbia River Highway, 
Wasco Ccunty. lst authorization - $250 


ion - - — 36-1429 - Sheridan-McMinnville Section, Salmon River Highway, 
Yamhill County. lst authorization - § 2,700 


Consideration was given by the Commission to the following requests 
xtensions of time within which to complete highway construction projects: 


Frank Penepacker, contract No. 2412, for grading the South 
Unit of the Algoma-Terminal City Section of The Dalles-California 
Highway, in Klamath County, requested an extension of time from 
July 31 to September 27, 1941, within which to complete this proj- 
ect. He attributed his failure to complete the project within the 
specified time limit to unavoidable delays caused by frequent move- 
ments of army trucks and the fact that he was not permitted to con- 
struct this year the connection between the new highway and the old 
highway at the south end of the job. The Engineer advised that the 
troop movements interferred considerably with the progress of the 
work, and had it not been for such interference, the job could have 
been done within the specified time, with the exception of about 
2,000 cu. yds. of excavation work on the south end of the project 
to connect the new road with the old road. This connection, he 
said, cannot be made until the work on the adjoining unit, under 
contract to Mr. Penepacker and Mr. Clifford Dunn, is finished, 
which work was delayed on account of negotiations with the Southern 
Pacific Company for right of way. He further advised that Mr. Pene- 
packer was willing to defer the grading work involved in the comple- 
tion of the connection on the condition that the Commission would 
allow the work to be done under the contract for the North Unit and 
would make a final payment in connection with the South Unit contract. 
He gave as his thought that such arrangement is satisfactory; however, 
advised that the Public Roads Administration will not consent thereto 
because they will not consider that a contract is completed until all 
the work covered by the specifications has been accomplished. He 
recommended in view of the circumstances that Mr. Penepacker be granted 
an extension of time without penalty of sufficient length to complete 
contract No. 2412 at the earliest possible time next spring, and that 
the Commission release to Mr. Penepacker as much of the money now due 
him as is possible without deviating from established practice or 
policy. The Commission approved the recommendation. 


W. D. Miller Construction Company, contract No. 2318, for bridge 
construction on the Lost River Section of the Klamath Falls-Malin 
Highway, in Klamath County, requested an extension of time from 
December 31, 1940, to June 25, 1941, within which to complete this 
job, attributing its failure to complete the project within the 
specified time limit to bad weather conditions which would not per- 
mit the painting of the structure. The Engineer advised that bids 
for this project were taken by the Commission on January 11, 1940, 
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loc. & Plans - - 3-1432 - 


Bridge Crossing 4-1462 - 


Bridge Crossing 4-1463 - 


Location - - 


Quarry - - - 
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218-1458 


218-1459 - 
121-1458 - 
21-1459 - 
21-1460 - 


22-1446 - 


Bridge Crossing 25-1410 - 


Plans ---- 


Reconnaissance 


26-1457 - 


28-1413 - 


29-1437 - 


East, Clackamas County. lst authorization - $500 


way, Clatsop County. lst authorization - $1,000 


Pudding River Bridge Approaches, Pacific Highway 


Columbia River, near Knappa, Columbia River Highway, 
Clatsop County. lst authorization - $2,000 


Columbia River at Puget Island, Columbia River High- 
Enegren Ferry Approach, Coos River Secondary Highway, 


Coos County. 2nd authorization - $450 
Total to date $850. 


Beech Creek Section, Pendleton-John Day Highway, 
Grant County. lst authorization - $2,000 


Buchanan-Drewsey Section, Central Oregon Highway, 
Harney County. lst authorization - 


Sprague River-Klamath Falls Jct. Section, Sprague 
River Hwy., Klamath Co. 2nd authorization - $700 
Total to date $3,700. 


Sprague River-Klamath Falls Jct. Section, Sprague 
River Hwy., Klamath Co. lst authorization - $300 


Lytle Creek Section, Eddyville-Bledgett Highway, 
Lincoln County. lst authorization - 2 


Otis-Kernville Section, Oregon Coast Highway, Lin- 
coln County. lst authorization - $350 


Spencer Creek Section, Oregon Coast Highway, Lincoln 
County. lst authorization - $1,500 


Tombstone Summit Section, Santiam Highway, Linn 
County. lst authorization - $400 


Columbia River, near Paterson, Columbia River High- 
way, Morrow County. lst authorization - $750 


Oregon Slough-City Limits Section, Pacific Highway 
East, Multnomah County. lst authorization - $1,000 


Columbia River-Madras Section, The Dalles--California 
Hwy., Sherman County. 2nd authorization - $1,500 
Total to date $4,500 


Hebo Section, Oregon Coast Highway, Tillamook County. 6 
lst authorization - $150 


that the extension of time requested be granted without penalty. 
A letter was presented from the Public Roads Administration con- 
curring therein. The Commission approved the recommendation. 


Berke Brothers, contract No. 2435, for grading, paving and 
construction of a bridge on the Deer Creek-Bellevue Section of the 
Salmon River Highway, in Yamhill County, requested an extension of 
time from September 30 to December 3, 1941, within which to com- 
plete this job. They gave the following reasons for failure to 
complete the project within the specified time limit: bad weather 
conditions in the spring of 1941 and during the summer months, 
which delayed paving work; failure of a detour road; time required to 
Salvage old pavement which is to be used for riprap work at Sheridan; 
necessity to stock pile cement aggregate for rewashing; and neces- 
sity to perform extra work as ordered by the Engineer. The Engineer 
advised that the contractor experienced considerable difficulty in 
securing suitable materials and in repairing the detour road which 
was damaged by log-hauling traffic. He further stated that rains 
did interfere somewhat with the progress of the work, but the time 
lost on that account was not great. The contractor, he said, also 
suffered delays on account of labor and priorities on equipment due 
to the fact that all of his labor and equipment were being used at 
the time on his contract at Sheridan. He recommended in view of 
the circumstances that the extension of time requested be granted 
without penalty. A letter was presented from the Public Roads Ad- 
ministration concurring therein. The Commission approved the rec- 
ommendation. 


Berke Brothers, contract No. 2440, for grading and paving the 
West Sheridan Section of the Salmon River Highway, in Yamhill County, 
requested an extension of time from July 31 to December 1l, 1941, 
within which to complete this job. They attributed their failure 
to complete the project within the specified time limit to the fol- 
lowing: unusually heavy rains during the spring and summer months; 
failure of property owners adjacent to the project to prepare their 
properties in conformity with the highway improvement; delay on ac- 
count of reconstruction of the city's water pipe lines; delay of 
approximately five weeks on account of change in specifications 
which necessitated the use of the old pavement from their Bellevue 
contract as riprap on the Sheridan project, rather than the use of 
rock from a borrow pit as specified in the contract, and other 
reasons. The Engineer advised that the contractor carried on this 
work without undue delay so far as the grading work and concrete 
paving work was concerned, considering the difficulties experi- 
enced in securing labor and materials. The main reason for failure 
to complete the project within the specified time limit, he said, 
was difficulties encountered in securing a blacktop paving plant 
to complete the blacktop paving work, all available paving plants 
being tied up on government defense contracts for paving airbases 
and other government projects. He recommended, in view of the 
circumstances, that the extension of time requested be granted without 
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but due to negotiations with the Reclamation Service the contract 
was not awarded until May 10, 1940. Further, that the time limit 
for the completion of the job was extended automatically on account 
of this delay to December 31, 1940. Such delay in the award of the 
contract, he said, made it necessary to carry on construction during 
the irrigation season, and delays on that account exceeded the de- 
lays incident to the award of the contract. He estimated such de- 
lays on this account at approximately two months. He recommended, 
in view of the circumstances, that the extension of time requested 
be granted without penalty up to February 28, 1941, but that the 
contractor be charged with engineering costs incurred by the state 
between March 1 and May 31, 1941, which he said, is the date the 
job was actually completed. The Commission approved the recommenda- 
tion. 


R. I. Stuart & Sons, contract No. 2353, for furnishing crushed 
gravel in stock piles for the Little Butte Creek-Cascade Gorge Sec- 
tion of the Crater Lake Highway and Sams Valley Secondary Highway, 
in Jackson County, requested an indefinite extension of time within 
which to complete this project. They attributed their failure to 
complete the project within the specified time limit to an increase 
in the quantity of materials to be furnished, as ordered by the En- 
gineer. The Engineer stated that this contract was awarded by the 
Commission on August 22, 1940, and that the date of comeletion speci- 
fied was April 30, 1941. The contractor started operations, he said, 


October 1, 1940, and completed the same October 16, 1941. He added 
that the reasons given by the contractor for overrun of time limit 
are correct, the facts being that they were required to produce 25 
per cent more material than was originally contemplated. He recom- 
mended, in view of the circumstances, that the extension of time re- 
quested be granted without penalty. The Commission approved the 
recommendation. 


Jacobsen-Jensen Company, contract No. 2393, for grading and 
surfacing the Barbur Boulevard-Boones Ferry Road Section of the 
West Portland-Hubbard Highway, in Multnomah, Washington and Clacka- 
mas Counties, requested an extension of time from August 31, 1941, 
to July 1, 1942, within which to complete this job. It attributed 
its failure to complete the contract within the specified time limit 
to the fact that it was engaged in grading runways for the Pendleton 
Airbase under a government defense contract, which delayed construc- 
tion of the state's contract until the last week in June, 194]. 
Weather conditions were satisfactory when the state job was started, 
but from August on the work was interrupted by rain to such an ex- 
tent that it was impossible to complete the job this year. The Engi- 
neer advised that he has investigated the reasons given by the con- 
tractor for failure to complete the project within the specified 
time limit and has found them to be correct. He also stated that it 
was impossible for the contractor to secure other equipment due to 
defense priorities. He recommended, in view of the circumstances, 
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piles on the Little Butte Creek-Cascade Gorge Section 
of the Crater Lake Highway and Sams Valley Secondary 
Highway, in Jackson County. Completed October 16, 1941. 


Contract No, 2433, with General Construction Com- 
pany, for grading and roadbed topping on the Tunnel 
Point-Rooster Rock Section of the Columbia River High- 
way, in Multnomah County. Completed December 20, 1941. 


Contract No. 2435, with Berke Brothers, for grading, 
paving and construction of a bridge on the Deer Creek- 
Bellevue Section of the Salmon River Highway, in Yamhill 
County. Completed December 3, 1941. 


Contract No. 2501, with Frank Watt Construction Com- 
pany, for construction of a bridge over East Dairy Creek 
near North Plains on the Wolf Creek Highway, in Washing- 
ton County. Completed November 30, 1941. 


THEREFORE, BE IT RESOLVED that the work covered by said state 
highway contracts for the construction of said state highway proj- 
ects be declared completed according to the terms of the respective 
contracts, and said jobs are hereby accepted and final payment in 
connection with each is hereby authorized. 


The Commission had under discussion the setting of the date for its 
next regular meeting for receiving of bids, and tentatively decided to hold 
such meeting on Thursday and Friday, February 19 and 20, 1942. The Secretary 
was instructed to make the usual arrangements to hold this meeting in the 
auditorium of the Public Service Building, Portland. 


The Commission considered and signed agreements, et cetera, as 
follows: 


Cooperative agreements with the following cities and towns 
covering the improvement of certain city streets that are not 
on state highway routes: 


Oregon City Haines Prairie City Echo 
Glendale Rogue River Huntington 

Fairview Florence Heppner 

Fossil Reedsport Myrtle Creek 


Agreement with Southern Pacific Company coverjng installa- 
tion of automatic grade crossing signals at Grants Pass, Reeds- 
port, and Sheridan. 


Agreement with Sunnyhill School District, Coos County, author- 


izing construction and maintenance on the right of way of the Oregon 
Coast Highway near Hauser of an entrance gate to the school grounds. 
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penalty. A letter was presented from the Public Roads Administration 
concurring therein, The Commission approved the recommendation, 


Leonard and Slate, contract No. 2446, for grading and surfacing 
the Dixie Summit Section of the John Day Highway, in Grant County, 
requested an extension of time from November 30, 1941, to July 15, 
1942, within which to complete this job. They alleged that their 
failure to complete the contract within the specified time limit was 
due to difficulties encountered in securing repair parts for their 
tractors, which could not be obtained without priority rating. The 
Engineer advised that the reason given by the contractor for failure 
to complete the project within the specified time limit is correct. 
He recommended that the extension of time requested be granted with- 
out penalty. A letter was presented from the Public Roads Adminis- 
tration concurring therein, The Commission approved the recommenda- 
tion. 


A. Milne, contract No. 2451, for grading, surfacing and oiling 
the Long Creek-Fox Section of the Pendleton-John Day Highway, in 
Grant County, requested an extension of time from August 31, 1941, 
to June 30, 1942, within which to complete this job. He attributed 
his failure to complete the project within the specified time limit 
to unusually heavy rainfall during the summer months, difficulties 
in securing priority preference rating for repair parts and other 
supplies, and scarcity of suitable skilled labor. The Engineer ad- 
vised that the reasons given by the contractor for failure to com- 
plete the project on time are correct. He further advised that, 
with the exception of the oiling work, the project is now practi- 
cally complete and that all of the rock has been stock piled for 
the oiling operations which, he said, cannot be performed until 
next spring when weather conditions will be favorable for such work. 
He recommended, in view of the circumstances, that the extension of 
time requested be granted without penalty. A letter was presented 
from the Public Roads Administration concurring therein. The Com- 
mission approved the recommendation. 


The Engineer reported that contracts Nos. 2353, 2433, 2435, and 
2501, for the construction of state highway projects, have been completed 
according to the requirements of the contracts or modifications thereof, and 
that said jobs are now ready for acceptance. The following resolution ac- 
cepting the above projects was offered and was acopted by the unanimous vote 
of the Commission: 


WHEREAS, the Engineer has reported that the following State 
Highway Commission contracts for the construction of state high- 
way projects have been completed according to the terms and pro- 
visions of the contracts and said jobs are now ready for accept- 
ances 


Contract No. 2353, with R. I. Stuart & Sons, for 
furnishing 16,300 cubic yards of crushed gravel in stock 


C 9 
wel 1946 


gave as his understanding that the Highway Commission plans to make the present 
highway a one-way route for north-bound travel only and to route south-bound 
travel along Court Street and Central Avenue. Medford business interests, he 
said, object to the routing of travel along Central Avenue between Second Street 
and Eleventh Street because it is a narrow street and leads through their most 
congested district. He suggested that south-bound travel be directed along 
Central Avenue to Second Street, thence westerly one block to Front Avenue, 
thence south along Front Avenue to Eleventh Street, thence along Eleventh 
Street to the junction with the Pacific Highway. Such manner of routing, he 
said, will help to relieve the congestion between Second Street and Eleventh 
Street and will permit two-way travel along Central Avenue between these points. 
He suggested, as an alternate routing for south- bound traffic, the use of Front 
Street and extensions thereof to a connection with central Avenue. Open dis- 
cussion of the matter followed during which the delegation exhibited a map 
showing results of traffic counts taken over a considerable period of time and 
disclosing that the point of greatest congestion is on Central Avenue at its 
intersection with Main Street. 


The Engineer advised that the Commission is simply endeavoring to 
avoid congestion along the Pacific Highway that is bound to occur when the pro- 
posed army cantonment is tilt at Medford. He pointed out that all that is nec- 
essary to effect such objective is the construction of the short connecting 
link at the north end of Court Street which project is to be financed with 
federal funds. The Public Reads Administration, he added, has already approved 
the plans for the project and all that is lacking is approval by the army auth- 
orities which is a prerequisite for the expenditure of the federal funds. The 
Highway Commission, he said, is ready to construct the improvement as soon as 
such army approval has been obtained. He doubted that the Public Roads Admin- 
istration would approve the project if traffic is routed as suggested by Mr. 
Gates. He suggested adoption of the proposed plan with the understanding that 
additional studies would be made of the Front Avenue route and changes made if 
deemed advisable. 


Chairman Cabell confirmed the Engineer's remarks. In reply to a 
statement from the delegation that the proposed routing will seriously damage 
certain local tusiness interests, he advised that the Commission sometimes 
finds it necessary to hurt local interests if the Commission considers the in- 
terests of the general public are paramount, although that is avoided if pos- 
sible. It was his thought that the Central Avenue route is the most logical 
and would be the cheapest to construct, and advised that the Commission -is 
ready to award a contract for the construction of the connecting link on Court 
Street at the north city limits as soon as governmental approval has been ob- 
tained. 


The Commission conferred privately with respect to this matter and, 
upon return to the conference room, informed the delegation, through Chairman 
Cabell, that the Commission has decided to adopt the present plari, routing 
south-bound travel along Court Street and Central Avenue and north-bound 
travel along Riverside Avenue, the present highway route, each of which streets 
is to be designated a one-way street; however, has instructed the Engineer to 


Bargain and sale deed conveying unto the Eugene Power 
Company 1546 sq. ft. of land situate in Lot 2, Block 34, Amend- 
ed Plat of Fairmont Addition to Eugene. Right of way file 9242. 


Bargain and sale deed conveying unto Evan Lun 3479 sq. ft. 
of land situate in Lot 3, Block 10, McClures Astoria. Right of 
way files No. 5867 and No. 9393. 


Bargain and sale deed conveying unto the State Board of 
Higher Education 2,11 acres of land situate in the North half 
(NZ) of Section 32, Township 17 South, Range 3 West, W. M., 

Lane Gounty. Right of way file No. 9232. 


Stipulation in the case of the United States of America ver- 
sus 0. M, Jetson, et al., by the terms of which the plaintiffs 
shall pay the sum of $7,000 for certain lands being acquired from 
the defendants, which said lands are subject to easements for 
county roads, and a roadway easement in favor of the Oregon State 
Highway Commission. 


There being no further business to come before the Commission at 
this time, the meeting was adjourned at 6:00 p. m. 


Bhi ehh iG - Lec oh 
State Highway Engineer Acting Chairman 
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Portland, Oregon, February 13, 1942 | 


The State Highway Commission met in regular session at 9:00 a. m. in 
Room 415, Imperial Hotel. Present were: 


Henry F. Cabell, Chairman 

Huron W. Clough, Commissioner 

Herman Oliver, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


A delegation from Medford, consisting of the following, appeared be- 
fore the Commission in regard to the routing of Pacific Highway travel through 
this city: W. A. Gates who was spokesman, John P. Moffatt, G. W. Field, L. M. ¢ 
Weisenbruger, Glen L. Fabrick, C. C. Furnas, and Frank H. Rogers. Mr. Gates 
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junction with Riverside Avenue be and said section of said streets 
are designated as one-way streets and only south-bound traffic shali 
be directed thereover. 


4. That the municipal authorities of the City of Medford 
be and said authorities heret; are respectfully requested to provide 
by ordinance for the designation of said streets as one-way streets 
and that traffic over said streets by said ordinance be controlled 
in harmony with the provisions of this resolution. 


5. That Court Street from the north city limits be im- 
proved to a connection with the Pacific Highway and that said im- 
provement be put under way at the earliest possible moment so that if 
possible traffic may be directed thereover during the coming summer. 


6. That when this resolution becomes effective and said 
streets are converted into one-way-traffic streets the Engineer is 
hereby directed to erect and maintain appropriate and needed traffic- 
control signals and signs. 


7. That until the said connection is made between Court 
Street and the Pacific Highway, the provisions of this resolution 
with respect to one-way-traffic movement shall not be in effect, and 
that if and when the municipal authorities of the City of Medford 
provide by ordinance for the making of said streets one-way-traffic 
streets the provisions of said ordinance with respect to one-way 
traffic movement shall likewise not be in effect until said street 
extension is completed and made available for traffic. 


8. That the Engineer be and he hereby is instructed to 
immediately make a study and survey in respect to the request of 
citizens of Medford to determine what, if any, change in routing of 
traffic can be made on Central Avenue between Second Street and 
Eleventh Street and report his findings and studies to this Commis- 


sion. 


9. That this resolution be entered in the minutes and rec- 
ords of the Commission as of February thirteenth and a duly certified 
copy thereof delivered to the Mayor of Medford and a copy to the 
United States Public Roads Administration. 


The Engineer was instructed to make immediate studies of the alter- 
nate Front Avenue routing and the Attorney was instructed to forward pertinent 
information to the City council that would be helpful in preparing an appro- 
priate ordinance approving the present plan. : 


The Commission also discussed with the delegation the proposed plan 
to control traffic along the Crater Lake Highway between Medford and the Army 
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make further studies of the Front Avenue route, including connections with Cen- 
tral Avenue at Second Street and at Eleventh Street and the plan to extend Front 
Avenue north and south to connections with Central Avenue. He promised the dele- 
gation that the matter would be investigated in good faith and advised that, if 
one of the alternate plans appears to the Commission to be a better solution 

of the problem, the Commission will adopt it. He asked the delegation's sup- 
port in securing the passage of an ordinance by the Medford City Council approv- 
ing the plan, it being understood, if the Commission later adopts the Front 
Avenue plan, that the city could feel free to modify its ordinance in conform- 
ance therewith. The following resolution pertaining thereto was thereupon 
adopted by the Commission by unanimous vote: 


WHEREAS, Riverside Avenue in the City of Medford has here- 
tofore been selected and designated by the Highway Commission as one 
of the streets of said City over which to route Pacific Highway traf- 
fic; and 


WHEREAS, because of increased volume of traffic into and 
through said City over the Pacific Highway it has become necessary 
to provide an additional traffic artery; and 


WHEREAS, it is the judgment of the Commission that Court 
Street from the north city boundary of Medford to a connection with 
Central Avenue and Central Avenue from its junction with Court Street 
to its junction with Riverside Avenue should be selected and desig- 
neted as streets of the City of Medford over which to route a portion 
of the Pacific Highway traffic; and 


WHEREAS, it is the opinion of the Commission that the 
traffic needs of the general public using the Pacific Highway into 
and through the City of Medford will be best served if each of said 
streets is made a one-way-traffic street; 


THEREFORE, BE IT RESOLVED by the Highway Commission, all 
members being present and affirmatively voting, as follows: 


1. That Court Street from the north city limits to a 
junction with Central Avenue and Central Avenue from its junction 
with Court Street to Riverside Avenue be and the said sections of 
said streets hereby are designated as streets of the City of Medford 
over which shall be routed Pacific Highway traffic. 


2. That Riverside Avenue from the north city limits of 
Medford to the junction of Riverside Avenue and Central Avenue be 
designated as a one-way-traffic street and that only north—bound 
traffic be directed’ over said highway or strect. 


3. That Court Street from the north city limits to a junc- 
tion with Central Avenue and Central Avenue from said junction to the 
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traffic over a portion of the Crater Lake Highway to supplement one- 
way traffic over a part of said county road, 


NOW, THEREFORE, be it and it hereby is resolved by the High- 
way Commission, all members being present and voting affirmatively, 
as follows: 


1. That the section or unit of the Crater Lake Highway 
which extends from a point approximately two miles northeast of 
Agate Station to the McAndrews County Road near the North City Limits 
of Medford, be and said section of said state highway hereby is de- 
clared to be a one-way highway and shall be available for south bound 
traffic only. 


2. That the section of said county road which begins at the 
junction of the old Pacific Highway and the Bybee County Road and term- 
inates at a junction with the Wellen County Road hereby is declared 
a one-way traffic road and hereby is made available to northbound 
traffic only. 


3. That the State Highway Engineer be and he hereby is 
directed to place and maintain on said highway necessary and appro- 
priate traffic signs and signals signifying and indicating that said 
highway is open only to northbound traffic. 


4. That this resolution shall be in full force and effect 
until rescinded or modified by the Commission. 


5. That this resolution be entered in the minutes and rec- 
ords of the Highway Commission, and the Secretary be and he hereby is 
instructed to furnish a certified copy of said resolution to the proper 
officer in charge of said cantonment, to the Superintendent of State 
Police, to the County Court of Jackson County, and to the Public Roads 
Administration. 


Covnty Jucge Guy Boyington of Clatsop County was prosent and conférred 
with the Commission relative to the county's indebtedness to the state for high- 
way purposes. The Engineer advised that the county owes the state a balance 
of $5,500 under previous agreements. Judge Boyington stated that the county 
would like to be relieved from this payment but is not particularly anxious 
that the records show that it is an outright gift by the state. He suggested 
that such amount be considered as payment for land that the county has hereto- 
fore deeded the state for purposes other than right of way or, if the Commis- 
sion prefers, that the county pay the state's cleim in cash and the state in 
turn pay it back to the county as payment for the land. Chairman Cabell ad- 
vised that the Commission would look into the matter and do what it could. It 
was thereupon referred to the Engineer for investigation and report. 
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cantonment so as to relieve traffic congestion during the period when construc- 
tion of the cantonment is underway. The Engineer explained that it is planned 
to designate the Crater Lake Highway a one-way highway for south-bound traffic 
only from a point about two miles northeast of Agate Station to an intersection 
with the McAndrews Road in Medford. From that point to a connection with the 
Pacific Highway, the road is to be continued as a two-way highway; further, 
that north-bound traffic will be routed over the old Pacific Highway and Mid- 
way County Road from Medford to a connection with the Sams Valley State Sec- 
ondary Highway. This plan, he said, calls for the designation of the section | 
from Medford to the Wellen Road junction a one-way route for north-bound traf- 

fic, but from that point to the Sams Valley Secondary Highway junction, the 

road will be open for two-way travel. It is contemplated, he said, to put 

such plan of routing into effect on Sunday, March 1, 1942. The delegation 

approved such routing of traffic as a temporary expedient during the construc- 

tion of the cantonment which, it was thought, would be for about four months. 

The State Highway Commission also approved the plan and ordered the matter 

covered by an appropriate agreement between Jackson County and the state. The 
Commission voted unanimously to maintain at state expense the north-bound 

traffic route during the life of this arrangement. The following resolution 
covering the entire matter was adopted by the Commission by unanimous vote: 


WHEREAS, because of the cantonment under construction in 
Jackson County, Oregon, and because of other defense activities in 
said area, vehicular traffic has increased beyond the capacity of the 
Crater Lake Highway serving said section of the State, and 


WHEREAS, because of traffic conditions, additiond traffic arter- 
jes mstbe mae available in order to relieve at least in a measure the 
congestion which now exists and will become more acute in the near 
future; and 


WHEREAS, the State by agreement. with Jackson County has 
taken over for a specified period a certain described county road and 
contemplates maintaining said road for the use of traffic originating 
in or destined to the said cantonment area, and contemplates likewise 
the conversion of a section of said county road into a one-way traffic 
highway, and 


WHEREAS, the county road covered by the arreement between 
the State and Jackson County is described as follows, to-wit: the 
county road beginning at a junction of the old Pacific Highway Route 
with the present Pacific Highway near the north city limits of Medford; 
thence along the old Pacific Highway route to a junction with Bybee 
County Road, sometimes known as Midway Road; thence northerly along 
said Bybee Road to the Bybee Bridge over Rogue River; thence westerly 
and northerly to a connection with the Sams Valley Secondary State 
Highway No. 271, and 


WHEREAS, in the judgment and opinion of the Commission, 
traffic conditions suggest and warrant the establishment of one-way 
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the said properties and to take title thereto in the name of the State 
of Oregon. The said properties hereby ordered and authorized to be 
acquired are as follows: 


Section, Hwy., and Owmer Purpose Acres Approximate Amounts Agent 


Delaura Beach Road Connection, Military Access men ir 
9998-Haire, Gilbert C. W 1.26 100 per acre Benson 


0.30 $ 25 per acre, + 
1.56 $366.50 
999l-Hesse, F. C., and Jon 
V. Straumfjord R/W 0.20 Land Gratis, + $115 " 
10042-Martin, Lloyd F. R/W 2.22 $50 per acre n 
9997-Astoria, City of R/W 2.35 $50 per acre, + $170 " 
9996-Clement, A. R. R/W 0.15 $100 per acre, + $145 " 
9994-Killion, D. W. R/W 596 sq.ft. Lump Sum $5.00 " 
9993-Mentzer, Alvin R/W 0.20 $100 per acre + $105 " 
9990-Clatsop County R/W 45,243 sq.ft. GRATIS " 
9992-Straumfjord, Jon V. R 1.85 Land Gratis + $292.50 " 
Scappoose Section, Columbia River Highway 
10014- Attig, Albert G. Gravel 0.07 $600 per acre Gardiner 
Pit .- 
10013-Warden, Henry Gravel 0.05 $600 per acre e 
Pit 
10012-Novak, Joe Gravel 0.16 $625 per acre " 
Pit 
North Bend-Marshfield Section, Oregon Coast Highway 
9521-Horn, K. R, 5200 sq.ft. 17¢ sq.ft. +$4116 Benson 


- v 


AW) S S ‘ e 
5-Clatsop County 


i Wo ree em , 
996 18.25 Lump Sum - $1.00 McChesney 
n 


10070-Shields, Emmett J. R/W 7.04 Lump Sum - $1.00 
Vadis-Gardner Ranch Section, Wolf Creek Highw 
6554-Stauss, Minnie R/W 7.0 $200 per acre Collins 
6553-Sandstrom, Frances I. R/W 1.5 $500 per acre 
4.79 $200 per acre 
15.00 $150 per acre 
12.00 $79.33 per acre + $90 
33.29 P 
9413-Schmidt, Lizzie R/W 0.21 $200 per acre + $13.75 " 
6552-Connell, Mary Allen R/W 18.22 e™ per acre + $137.50 
+ $7.50 " 
9412-Miller, Raymond B. R/W 2.5 $200 per acre 
1.93 $150 per acre + $497" 
4.43 


Judge Boyington also brought up for discussion the matter of construct- 
ing a new approach road to the beach at Gearhart. He advised that at present 
there is only one vehicular approach to the beach at this place, that being along 
Sixth Street, and the city wants this closed to vehicular traffic in the inter- 
est of safety to pedestrians, and has asked the county to construct a substitute 
road near the north city limits but the county hesitates to do so in view of the 
present war situation and the possibilities that vehicular traffic will be denied 
the use of the beach. He inquired as to the Commission's attitude with respect 
thereto. The Commission deferred a decision in the matter pending investigation. 
Judge Boyington is to be advised as soon as 4 decision has been reached. 


The question whether or not to press the state's claim, in the amount 
of $4,024.58, against the City of Beaverton and its claim, in the amount of 
$2,522.32, ageinst the City of Vale was also discussed by the Commission. The 
Engineer advised that the City of Beaverton refuses to pay its claim upon ad- 
vite from its city attorney that the constitutional limitation has expired and 
the claim is no longer legal; also, that the City of Vale refuses to pay its 
claim alleging that the city has 4 counterclaim against the state for water and 
gravel. After discussion the Commission referred the matter to the Attorney 
for advice as to the legal procedure which will have to be followed in order to 


clean up these accounts. 


The Attorney requested authority to purchase certain parcels of real 
property that are needed for various highway improvements throughout the state. 
He submitted a list of such properties, together with amounts that he recommended 
be paid in connection with each. After careful consideration the Commission 
approved the request and by unanimous vote adopted the following. resolution with 


respect thereto: 


WHEREAS, in connection with the further improvement of the 
highways hereinafter designated, it is and has been necessary to ac- 
quire property for right of way, quarry sites, gravel or other material 
sites, or sites for the storage of materials, as hereinafter more defin- 


itively set forth, and 


WHEREAS, as a result of negotiations carried on with the owners 
of the property required, options have been obtained, which options have 
been considered by the Commission, outlining the bases of settlement 
which have been agreed upon, and 


WHEREAS, it is the judgment of the Commission that the said 
options should be approved and accepted, and/or the said reports be de- 
clared acceptable to the State Highway Commission as bases of settlement 
for the properties involved, and that the acquisition of the properties 
should be completed: 


NOW, THEREFORE, BE IT RESOLVED, that the several offers, or 
beses of settlement hereinefter enumerated be, and the same hereby are, 
approved and accepted, and that the Attorney for the State Highway Com- 
mission be, and he hereby is instructed to complete the acquisition of 


Section, Hwy., and Owner Purpose Acres 

Judkins Point-Springfield Junction 

9425-Jenkins, Roy and 0.081 
(Correction) Easement 

9427-McFerland, Mary H. R/W 0.208 
(Correction) 

94,29-Arnold, Leona M. R/W 0.102 
(Correction) 

9430-Cluster, Frank R/V 0.018 

10085-Alderman, Blair T. R/W 0.087 

10087-Eberwein, Robert R/W 0.028 


10088-James, William E. R/W  - (0.036 


10091-Frost, Thomas H. R/W 0.014 
10086-Alderman, Blair T. R/W 0.022 
10094-Shafer, Louis F. R/W 0.029 
9249-Jones, Arthur D., et al R/W 3.18 


Goshen-Lowell Section, Willamette Highway 
9002-Laird, Lawrence 1.65 


8985-Lowery, C. R. and R/W and 3.94 
8985-A H. L. Edmunsen Gravel Pit 3.85 
7.79 


g008-Dilley, A. C. Gravel Pit 4.56 
& hauling road 1.13 

5.69 

go00-Doane, Bert L. & R/W 1.20 


Prudential Life Insur- 


ance Company 
8$918-Augenstein, Irene R/W and 0.056 
Hollis Easement 
8992-DeVos, G. J. R/W 2.49 
8993-Patton, Roy J. R/W 2.93 
10104-Doane, Bert L. and 
Lutheran Brotherhood R/W 0.67 


Approximate Amounts 


ction, Pacific Hwy. 


Agent 


Con't. 

,000 per acre + 
$450.32 + moving build- 
ings $1485 Parker 
$1,000 per acre + $740 
+ moving house, garage, 
service station $2150, 
+ making fill for ser- 
vice station site (Estd. 
$340) " 
$1,000 per acre + $370 + 
moving buildings $1690 
+ $150 if moving is done 
during May, June, July 
or August, for loss of 
business " 
$1,000 per acre 
$1,000 per acre + $500 
+ moving service station 
(Estd. $1750) " 
$1,000 per acre " 
$1,000 per acre 
$1,000 per acre " 
$1,000 per acre " 
¥1,000 per acre + $150 
1.735 acres at $500 per 
acre 62,935 sq.ft. at 
103¢ sq.ft., + $3600 Devers 


$75 per acre + $189 Benson 
$125 per acre + $842 = 
$100 per acre + $80.50 

+ moving buildings 

(Estd. $2500) 

$50 per acre " 
$125 per acre + $61.50 

+ easement over 3.32 

acres $100 (hauling road) 
$100 per acre + $116 " 


#125 per acre + $34.25 " 


$125 per acre + $217.25 " 
$125 per acre + $371.50 " 


$100 per acre + $100.75 " 


Scott 
Phillips, Nellie G. R, 


9267-Phillips, Barbara A. R/W 


Halsey-Harrisburg Section, Pacific Highway 
. 9709-Hill, Effie E. and 0.6 


Stock Pile 


Judkins Point-Springfield Junction Section, Pacific Highwa: 
9444-EBugene Power Company Slope Ease- 


ment 
9426-C-Smith, ‘loke R/W 


9423-B-Christofferson, L. S. RW 
10071-Moe, Sig R/W 


9431-Brooks, Thomas R/W 
(Correction) 

9428-Pryor, Cal. A. R/W 
(Correction) 


(Continued on next page) 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 
t Avenue ect - Columbia Stree th_ (Po Pacific « West 

9853-Northwest Real Estate & 100 sq.ft. $150 McCallister 
Investment Company 

9065-Goodman, Ben 3,440 sq.ft. $2500 n 

.8164-Hornstein, S. F. & Home R/W 2,651 sq.ft. $3750 " 
Owners Loan Corp. 

$165-Hasson, Isaac R/W 2,929 sq.ft. $4750 " 

30133-Creitz, Albert R/W 4,200 sq.ft. $11,500 " 

Valley Junction Sectio on River Hi 

10101-Yocom, Emma Stock 3.0 $83.33 per acre Eason 

Pile 

Pudding Ri + cH + . 

%0-Jalian, Ethel A. ae 0.08 $200 per acre Gardiner 
10075-Loveall, Missouri R/W 0.23 $200 per acre n 
10084-Irvin, Lydia B. R/W 0.16 $200 per acre + 

fencing $53.75 " 
690-Julian, Ethel A. Easement 0.09 a sum $15 
> 


eek-Benton County Line Section Alsea Highwa: 


1.82 $150 per acre + 
$1627 Gardiner 
1.12 $150 per acre + $494. 


$100 to be deducted if 
bulbs are removed prior 


to construction work. " 


$200 per acre, + 


0.97 $186 Gardiner 
1.57 
1.486 Lump Sum - $1.00 Parker 


Building on property Three 
Trees Inn 80x36 feet traded to 
Hoke Smith for cancellation of 
his lease 
490 sq.ft. Lump Sum $10 " 
1,434 sq.ft. or 0.033 acre at 
$1,000 per secre " 


0.129 $1,000 per acre + 
$262.50, plus moving 
pbuilding $1570.00 " 

0.113 $1,000 per acre + 


$283.00, plus moving 
buildings $2025.00 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 
ont Drive-USRS Canal Section, Klamath Falls-Lakeview Hwy. 
9765-Froman, Minnie A. R/W 1,662 sq.ft. 10¢ sq.ft. Cozad 
9769-Klamath County Schools R/W 1,967 sq.ft. GRATIS " 
9763—Moeller, Oscar R. R/W 3,414 sq.ft. Land Gratis + $534 " 
9764,-Wheeler, Herrick A. R/V «1,144 sq.ft. GRATIS 
9768-Campbell, Duncan B. 
Estate and Stephen Sabo R/W 5,389 sq.ft. 10¢ sq.ft. + $140 + 


Owens Street-Midland Road Section, Klamath Falls-Lakeview Hwy. 
9618-Marchese, Attilio R/W 916 sq.ft. GRATIS 


9616-Cleve, William H. R/W 
9614-Stewart, Myra Gain R/W 
9613-Nelson, Amil C. R/W 
961l-Orr, John S. R/W 
9610-Day, Dr. F. H. R/W and 
Easement 
9609-McCabe, Annetta R/V 
9608-Swan Lake Moulding R/W 
Company 
9605-Hansen, Hans R/W 
9603-Stearns, S. Marie R/W 


9599-Ferrari, Arthur M. et al R/W 


9600-Cornett, Marshall E. R/W 
9595-Beck, Michael R/W 
9593-Grove, Nellie, Clara R/W 
Rissberger, Trustee 
9590-McCollum, Geo. W. R/W 
9591-Hall, Oralee R/W 
9592-O0'Loughlin, Mary E. R/W 
9589-Mills, Delos Lisle & R/W 


Geo. McCollum 
(Continued on next page) 


288 sq.ft. 


554 
946 


1,030 


1,006 


494, 
1,433 


825 


sq.ft. 
sq.ft. 


sq.ft. 


sq.ft. 


sq.ft. 


sq.ft. 


sq.ft. 


sq.ft. 


sq.ft. 
sq.ft. 
sq.ft. 
sq.ft. 


sq.ft. 


sq.ft. 
sq.ft. 


sq.ft. 


moving & remodeling 
bldgs., (Estd. $1,225) " 


Cozad 
Gratis for the land, 

+ moving building 

& reconstruction 

(Estd. $750) n 
GRATIS n 
Land Gratis, + moving 

& reestablishing build- 
ing (Estd. $5,000) i 
Land Gratis, cutting off 
and reestablishing build- 
ing (Estd. $3,000) Cozad 
GRATIS " 


Land Gratis, + moving 
& reestablishing build- 
ing (Estd. $150) " 
Land Gratis + moving 
service station (Estd. 
$1,500) ¥ 
Land Gratis + cutting 
off buildings (Estd. 
$3,965) . 


Land Gratis, + cutting 
down marquee, if neces- 
sary 8 
Land Gratis 

GRATIS 

GRATIS 

30f sq.ft. + $50 " 


Land Gratis + $325 " 
GRATIS " 
Land Gratis + dis- 
mantling service sta- 
tion (Estd. $1,600) " 
GRATIS " 
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Section, Hwy., and Owner Purpose Acres 
N Dillard d, cti Pacific H 
8777-Miller, S. C. and 3.7 
Borrow Pit 14.0 
17.76 
Wright hanch-Fate Grade Section, Tiller Trail Hi 
9918-"right, W. T. 2.452 
(Correction) 
9905-Matthews, Roy V. R/W 0.404 
(Correction) 0.89 
9906-Nright, J. D. R/ 1.388 
Correction) 0.15 
9913-Higgins, Jack R/W 0.51 
(Correction) 0.74 
0.767 
0.654 


Grave Creek-Jump Off Joe Creek Section Pacific Hi 
$706-State Land Board-Bessie RAW 105.1 $5 per acre 


Greenmyer (Correction) 


Eagle Point-Medford Section, Crater e Highwa: 

10066-Lydiard, J. S. R, 160 sq.ft. 

10034-Beebe, A. W. Gravel 3.68 
Pit 


Gravel Pit 9.55 
Gravel Pit 0.37 
Gravel Pit 0.93 
Gravel Pit 13.67 
R/W 1.21 
R/W 10.23 


ater Lake Highw 
Gravel Site 1.17 


10035-Norcross, Warren H. 
10036-Burns, Ray 
10037-Freeman, W. J. 
10038-Skelton, Frank 
10064~-Bechtel, Maybelle 
10049-Gregory, W. W. 


te-Medford Section 
10028-Eller, Joseph I. 


Ashland Section, Pacific Highwey 
9688-Billings, G. H. 


(Correction) 


514 sq.ft. 


Klamath Falls Section, Klamath Lake Highway 
4355-Board City Park Lease 1.02 
Commissioners Stock Pile 


Approximate Amounts 


Agent 


$350 per acre 
$50 per acre + $334 Gardiner 


1.638 acres at $125 
per acre,0.814 acre at 
$15 per acre + $961.25 Gardiner 
$125 per acre 

$15 per acre + $146.25 ® 
$125 per acre 

$15 per acre + $518.75 
$25 per acre 

$125 per acre 

$15 per acre 

$125 per acre + 
$477.50 


Collins 


2¢ sq.ft. + $5.00 
$250 per acre 


acre » 
acre " 
acre 
acre e 

acre + fencing Lardon 
acre + $296.90 Witt 


$250 per 
$250 per 
$250 per 
$250 per 
$250 per 
$100 per 


$150 per acre Witt 


75¢ sq.ft. + $3995.10; 
deduction of $116.25 for 
salvaged vault doors and 

glass; State to convey 311 
sq.ft. outside R/W to grantor 
at rate of 85¢ sq.ft. ($264.35) 
+ $350 less deduction of $246, 
being 6.15% of $4,000 Gardiner 


Gratis - 5 year lease Cozad 


Section, Hwy., and Owmer 


tree 
31-Badorek, W. 


Purpose 


9586-Meeker, Joe & Augustine 


Feller Clark 
9626-Hunt, William 


9625-DeYoung, Walter 


R/W 


RW 


9623-Anderson, Mae, Elizabeth 
Ramsby, Maud A. Hosley R/W 


9612-Morosin, G. 


9766-Klamath County 


R/W 


R/W 29,168 sq.ft. 


9793-Hamaker, Chester & Frank 


Ferrari 


9885-Safeways Stores, Inc. 


960l-Home Lumber & Supply Co. 


R/W 2,201 sq.ft. 


R/W 1,724 sq.ft. 
R/W 4,739 sq.ft. 


Acres 


ad Section, Klamath Falls-Lakeview H 


572 sq.ft. 


1,471 sq.ft. 
650 sq.ft. 


520 sq.ft. 


519 sq.ft. 


645 sq.ft. 


Approximate Amounts 


Agent 


- (Cont. 
Land Gratis + cutting Cozad 
off bldg. (Esta. $1,000) 


Land Gratis + $25 + 

moving bldg. (Estd. &750)" 
Land Gratis + moving 

bldg. (Estd. $550; in 
addition State to convey 
land in Lot 10, Blk.22, 
Klamath Falls (#200) " 
Land Gratis + moving 

bldg. (Estd. $500) + $60 
in addition State to con- 
vey portion Lots 2,3, Blk. 
2, Klamath Falls ($200) " 


Land Gratis, + cutting 

uee and market sign 
(Estd. $250) ® 
Land Gratis + moving 
bldg. (Estd. $250); in 
addition State to convey 
portion Lot 15, Bl. 209, 
Klamath Falls ($500) " 
Land Gratis, + fencing " 


50¢ sq.ft. + removing 

& rebuilding stone tire 

& repair shop (Estd. 
$3899 . 50) 

Lump Sum - $1.00 a 
Land Gratis + cost of 
remodelling neon sign 

cafe (Estd. $300); + re- 
modelling neon sign-Home 
Lbr. (Estd.$400); + cut- 
ting width marquee cafe 
(Estd. $200) " 


Barcla ings-Graham h Section, The Dalles-Califo ia H 
$6,3-Southern Pacific Company Bi 0.491 Lump Sum - $20 DeSouza 


e +t 
9565-Kirby, Heirs Frank & 
Kenneth 


tion, W ) 


s Highw 
0.74 


Lump Sum - $15, Martin 


pius taxes 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Street-—Mi ad Sec alls-Lakeview Cont 

9588-Pruitt, Ben H. ’ 2,268 sq.ft. Land Gratis + mov~- 

ing sign Cozad 
9587-Bonotto, Diomira RM 726 sq.ft. Land Gratis + $115 " 
9624-Martin, Ira E. R/W 520 sq.ft. GRATIS " 
9621-Jarrett, Ida R/W 463 sq.ft. GRATIS n 
9620-lcClurg, D. E. R/W 461 sq.ft. GRATIS " 
9632-0'Neil, Alfred D. et al R/W 2,098 sq.ft. GRATIS n 
9741-Enloe, C. V. R/W 204 sq.ft. Land Gratis + moving 

building (Estd. $750) 
9739-Borgialli, Bert R/W 390 sq.ft. Land Gratis + $100 + 

fencing * 
9808-Miller, W. D. R/W =. 2, 946 sq.ft. GRATIS ‘ " 
9738-Montelius, Irene D.,et al R/W 574, sq.ft. 30¢ sq.ft. n 


9736-Wilson Abstract & Title 


Co. & J. M. Seutter B/W 2, 400 sq.ft. 254 sq.ft. " 
9737-Martin, S. E. R/W 1,037 sq.ft. GRATIS " 
9630-Badorek, W. R/W 522 sq.ft. GRATIS " 
9629-Haight, Drury V. R/W 783 sq.ft. GRATIS " 
9627-Habib, David R/W 325 sq.ft. GRATIS " 
9740-Brownell, Roy E. R/W 604 sq.ft. GRATIS " 
9626-A Western Cities Co. R/W 4,256.70 sq. $0.047 per sq.ft. " 
9606-Kenyon, David A. R/W 640 sq.ft. Land Gratis + cutting " 

off bldg. (Estd. $900) 
If business closed dur- 
ing construction, rate 
$7.50 per day be paid omer 
9604-Bunnell, R. H. R/W 5,366 sq.ft. Land Gratis + cutting off 
marqueeand moving station, 
(Estd. $1700) " 
9602-Fales, J. A. R/W 1,215 sq.ft. Land Gratis + cutting 
down marquee & reestab- 
lishing neon sign (Esta. 
$350) : 
9598-Beardsley, H. J. R/w 1,032 sq.ft. Land Gratis + cutting 
off bldg. (Estd. $7,500), 
& State to convey portion 
Frank Owens lot ($3,000)" 
9596-Parks, Mary F. R/W 667 sq.ft. Land Gratis, moving bldg. 
(Estd. $1,265) + deed from 
State for portion Frank 
Owens lot $3,000) Cozad 
9742-Mann, W. E. R/® 365 sq.ft. Land gratis + $740 " 
9619-Frazer, Domenico RA 920 sq.ft. Land gratis + $445 " 
9594-Ferrari, Frank R/W =. 2, 453 sq.ft. Land Gratis + moving 
bldg. (Estd. $500 )+ 
(Continued on next page) $500 
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WHEREAS, in the judgment of the Highway Commission the sev- 
eral tracts or parcels of land hereinafter described are each and all 
necessary for the specific and particular purposes hereinafter spe- 
cifically set forth; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission as follows: 


1. That the Commission does hereby find and declare that 
the parcels of real property hereinafter described are each neces- 
sary for the accomplishment of the purposes hereinafter expressly 
and specifically set forth, which said real properties and the spe- 
cific purposes for which the same are being acquired are described 
as follows, to wit: 


Real property owned by Norval M. Strite and Inez T. 
Strite, which property is located in the W. H. Gray D. L. C. 
No. 41, situated in the southwest quarter (SWZ) of Section 
28, Township 8 North, Range 10 West, W. M., Clatsop County, 
Oregon, and is more particularly described on the attached 
sheets and designated as Parcel No. 1 and is further iden- 
tified in the records of the Highway Commission as file 
R 9995, and which property is being acquired for right of 
way purposes in connection with the Delaura Beach Road Con- 
nection ;* 


Real property owned by Pietro Carnini and Teresa 
Carnini, which property is located in Lots 9, 10, and ll, 
Re-Subdivision of Lot 803 of Enterprise Tracts in the City 
of Klamath Falls, in Lot 5 of the Re-Subdivision of Lot 803, 
Enterprise Tracts in the City of Klamath Falls, and in Lots 
11 and 12, Block 218, Mills Second Addition to the City of 
Klamath Falls, Klamath County, Oregon, and is more partic- 
ularly described on the attached sheets and designated as 
Parcels Nos. 2, 3, and 4 and is further identified in the 
records of the Highway Commission as file R 9615, and which 
property is being acquired for right of way purposes in 
connection with the Klamath Falls-Lakevicw Highway;* 


Real property owned by M. R. Scotti, which property 
is located in Lots 49 and 50, Block 4, Sixth Street Addi- 
tion to Klamath Falls, Klamath County, Oregon, and is more 
particularly described on the attached sheets and desig- 
nated as Parcel No. 5 and is further identified in the rec- 
ords of the Highway Commission as file R 9622, sand which 
property is being acquired for right of way purposes in con- 
nection with the Klamath Falls-Lakeview Highway;* 


Real property owmed by R. H. Bunnell, which property 
is located in the southeast quarter (SEZ) of the northeast 


Section, Hwy., and Omer Purpose Acres Approximate Amounts Agent 


Dee-Parkdale Section River 
9868-Davies, Ralph 0.40 $100 per acre + $5 Witt 


9861-Ferrelly, Evelyn RW 2.97 $25 per acre + $725.75 " 


Wright's Point-Narrows Section, Fren en Highw. 


7813-Harney County 40.0 Lump Sum - $1.00 Martin 

9972-Johnson, Max B. & Louis R/W 6.00 $2.50 per acre + $5.63 
Markwart Landon 

9974-Nilson, Heirs of Lee R/W 6.12 $2.50 per acre +$24.75 " 
on-Sweet 4 : 

10119-Evans Products Co. R/V 1.50 Ap- $200 per acre Cozad 


prox. 


The Attorney also requested authority to institute condemnation pro- 
ceedings to acquire certain parcels of real property that he has been unable 
to obtain through negotiations. He submitted a list of such properties to- 
gether with offers that he recommended in condemnation as follows: 


Purpose uired Recommended Offer 


: File No. Name 

9995 Norval M. Strite, et ux R/W $200.00 | 
9615 Pietro Carnini R/W $2500.00 
9622 Me. R. Scotti R/t $325.00 
9767 R. H. Bunnell R/W $2400.00 

. 9862 Karie Chiako Hirata and Fusako Hirata, 

| minors R/W $80.00 


: After discussion the Commission approved the request and the offers and by 
' unanimous vote adopted the following resolution with respect thereto: 


WHEREAS, the State Highway Commission is authorized to lo- 
cate, relocate, construct, reconstruct, maintain, widen, straighten, 
and otherwise improve state highways, both primary and secondary, 

and said Commission is also authorized to construct shops, equipment 
sheds, office buildings, maintenance sites, patrolmen accommodations, 
and snow fences, and is authorized to acquire quarry sites, gravel 
pits, storage sites, stockpile sites, weighing stations, and broad- 
casting stations, and is further authorized to develop, construct, 
improve, operate and maintain parks, parking places, auto camps, camp 
sites, roadside development, recreational grounds or resorts, and 
other places of attraction and scenic value; and 


WHEREAS, said Highway Commission is authorized to acquire 
by purchase, agreement, donation, or by the exercise of the power 
of eminent domain real property, or any interest therein, necessary 
or’ deemed by the Highway Commission necessary for the accomplishment 
of any and all of the foregoing *xings; and 
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as may be necessary and appropriate to acquire title to the said 
premises and all rights therein for the purposes herein stated. 


5. That this resolutior be entered in full in the min- 
utes and records of this Commissiun. 


#(The detailed descriptions of the respective parcels of real prop- 
erty mentioned in this resolution are attached to the original reso- 
lution on file in the office of the State Highway Commission, Salem, 
being Resolution No. 21, under the heading "Real Property Condemna- 
tion Resolutions", and said descriptions by this reference are made 
a part of this minute entry to the same extent as if copied in full 
herein.) 


In this connection the Attorney requested instructions relative to 
the purchase of the P. M. Ross property at North Bend, right of way file No. 
9518. He recalled that this is apartment-house property that is needed in 
connection with the improvement of the Oregon Coast Highway between North Bend iy 
and Marshfield, and that the Commission previously authorized condemnation of ; 
the property and an offer of $7,000 in connection therewith which offer was re~ 
fused. The omer of the property, he said, has now stated a willingness to 
settle for $9,000. The Commission considered such amount exhorbitant and there- 
upon instructed the Attorney to proceed with condemnation. 


The Attorney reported an offer received from Mr. A. Schweinfurth, 
Jefferson, Oregon, to lease a 70-acre tract of state-ommed property adjacent 
to the Pacific Highway south of Salem. Mr. Schweinfurth, he said, will pay 
$150 annually for this privilege and will construct a fence along the highway 
at his own cost and expense in order to keep stock off the traveled roadway. 
The Commission decided not to lease the property because of complications that 
might arise. 


The Commission adjourned at 12:45 p. m. and reconvened at 2:00 p. m. 
in the same room with the same persons present and participating. 


Reconsideration was given by the Commission to the sale of Port 

Orford Cedar Park, in Curry County, to a chrome mining corporntion. The Attor- 
ney read aloud the provisions of an agreement between the Commission and the 
corporation, covering such matter, in which it is agreed that the corporation 
will pay the state $2400 for surface rights, and $10,000 for subsurface or min- 
ing rights, the $10,000 to be paid out of production and to be computed at 
the rate of thirty-five (35) cents per cubic yard for every yard mined exclu- 
sive of overburden or stripping. Payments are to be made at thirty-day inter- 
vals until the full amount of the $10,000 has been paid. The Commission ap- 
proved such settlement and the form of agreement. (See agreement for details.) 


The Attorney presented a letter from the Crown-Zellerbach Corporation, 
Portland, offering to pay the sum of $500 annually for lease of moorage rights 
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quarter (NE{) of Section 3, Township 39 South, Range 9 East, 
W. M., Klamath County, Oregon, and in the southwest quarter 
(S¥i) of the northwest quarter (NWq) of Section 2, Township 
39 South, Range 9 East, W. M., Klamath County, Oregon, and 
is more particularly described on the attached sheets and 
designated as Parcels Nos. 6 and 7 and is further identified 
in the records of the Highway Commission as file R 9767, and 
which property is being acquired for right of way purposes 
in connection with the Klamath Falls-Lakeview Highway;* 


Real property owned by Karie Chiako Hirata and Fusako 
Hirata, minors, which property is located in the east half 
(£3) of the northeast quarter (NEq) of the northwest quarter 
(NWz) of Section 32, Township 1 North, Range 10 East, W. M., 
Hood River County, Oregon, and is more particularly described 
on the attached sheets and designated as Parcel No. 8 and 
is further identified in the records of the Highway Commis- 
sion as file R 9862, and which property is being acquired 
for right of way purposes in connection with the Hood River 
Highway.* 


2. That the Commission does hereby find and declare that 
each of the said described parcels of real property is necessary and 
acquisition of the same by the State is required for the specific ‘ 
purposes hereinabove set forth, and the said properties are being ac- 
quired for the express and specific purposes in this resolution set 
forth. 


3. That the State Highway Engineer be and he hereby is in- 
structed and directed to make or cause to be made all surveys neces- 
sary in connection with the determination, description, and acquisi- 
tion of said real properties, and said Engineer is further instructed 
to prepare and submit to the Legal Department necessary and adequate 
descriptions of the said real properties, which said descriptions 
shall be available for the preparation of any deed or deeds or other 
instrument or instruments necessary to complete the acquisition of 
said property or properties, whether said properties be acquired by 
purchase, donation, agreement, or by the exercise of the power of 
eminent domain. 


4. That J. M. Devers, Attorney for the State Highway Com- 
mission, be and he is hereby requested, authorized, and directed to 
attempt to agree with the owner or owers and/or with the tenants or 
persons in possession, if there be any, of said parcel or parcels of 
land with respect to the compensation to be paid for the taking of 
the same and the damage, if there be any, and in the event that no 
satisfactory agreement or agreements can be reached, then it is here- 
by further resolved that J. M. Devers, Attorney for the State High- 
way Commission, be cand he hereby is requested to commence and prose-~ 
cute to a finel determination such suit or action, or suits or actions, 


Disposal of accumulated junk at Cascadia State Park:-The Parks 
Superintendent reported an accumulation of scrap iron in the clean 
up of this park and requested instructions relative to the disposal 
of the same. He was told to move this material to the state high- 
way shops in Salem for sale along with other scrap materials that 
have accumulated at that place. 


Bradley Park maintenance:-The Parks Superintendent advised that, 
as a result of the Commission's recent order to reduce maintenance 
costs in state parks, the services of the caretaker at Bradley Park 
have been dispensed with so there no longer is any state activity at 
this place. He inquired whether or not some provision should be made 
for maintenance of the restroom facilities which are now closed. He 
estimated the total saving to the state to be $1,780 annually by dis- 
pensing with the services of the caretaker. The Commission decided 
not to reinstate the caretaker at this park nor to maintain the rest- 
room facilities unless complaints are received. 


The Secretary presented a report from the Departnent of State Police 
with respect to a traffic law violation committed by the Oregon Nevada Calif- 
ornia Fast Freight, Inc., involving the transportation of a gross load of 
73,230 pounds on a truck and trailer, being 19,230 pounds in excess of that 
permitted by the Oregon statutes. It appears that the company was engaged in 
hauling general freight from California to Klamath Falls, when observed by the 
arresting officer, and, instead of breaking up the hauling units at the state 
line to comply with the Oregon statutory weight provisions, continued on into 
the State of Oregon with the overload on the chance that it would not be ob- 
served by the state police, it being apparent that the violation was intention- 
al. It also appears that this company is an habitual violator of the laws in 
this respect. The Secretary was instructed to write the company to the effect 
that, if the company is desirous of naving the assistance of the Oregon State 
Highway Commission in securing a modification of the present law so as to per- 
mit transportation over Oregon highways of loads 60 feet long and weighing 
68,000 pounds, the company must cooperate by complying with the rules and reg- 
ulations, otherwise the Highway Commission will not permit the granting of any 
special concession to the company and will order them off the Oregon highways 
with loads that do not strictly meet the Oregon requirements. 


The Engineer brought up for discussion the matter of tire purchases 
for highway department equipment, particularly a letter from Mr. Ben W. Lewis, 
Price Executive of the Rubber and Rubber Products Section of the Office of the 
Price Administrator, Washington, D. C., outlining a plan for rationing tires 
and tubes to prevent delays in essential service. He cxplained the deteils of 
the plan outlined in Mr. Lewis's letter and read aloud the questions contained 
therein and his proposed answers thereto. The matter was discussed at consid- 
erable length during which the Commission approved the Engineer's letter of 
repiy. (See letter of February 13, 1942, for details.) 


Tne Attorney presented 4 status report with respect to his investi- 
gations concerning damege that occurred to The Dalles-California Highway by 
reason of failure of a dike situate adjacent thereto in the vicinity of Algoma, 
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along the Willamette River at Oregon City. The Attorney read aloud the provi- 
sions of a proposed agreement covering the matter in the event the Commission 
accepts the offer. The Commission, after discussion, considered the offer ac- 
ceptable and thereupon approved the form of agreement covering the matter. 
(See agreement for details.) 


Reconsideration was given by the Commission to the sale of certain 
state-owmed property adjacent to the Warm Springs Highway at the Madras over- 
crossing. The Engineer recalled that two offers were previously received to 
purchase this land, one from Mr. Howard W. Turner of Madras and the other 
from the Deschutes Grain and Feed Company of Redmond. He advised that this 
property is of no special benefit to the state and recommended sale of the | 
same with the understanding that right of access to the highway would be with- 
held and that provision to that effect would be inserted in the deeds. The 
Attorney concurred in the recommendation. The Commission approved the recom- 
mendation subject to the condition that the property is not desired by any 
other state department. The Engineer was instructed to circularize such other 
state departments and report his findings. If the property is not wanted by 
any state department then the Commission will set a price for sale to the above- 


mentioned parties. 


The Commission discussed and epproved the granting of an easement to 
the United States Navy over and across 4 portion of tie right of way of the 
Columbia River Highway near Tongue Point Naval Base, in Clatsop County, which 
property is now being acquired by the government under condemnation proceed- ( 
ings. The easement wes thereupon signed. 


Chairman Cabell reported briefly on the state's controversy with the 
Phoenix Iron Works, Portland, with respect to a claim for damages arising out 
of construction of the Union Avenue viaduct on the Pacific Highway East in 
front of the Phoenix Iron Works plant. He advised that, at the request of 
Governor Charles A. Sprague, he intends to give this matter further study and 
as soon as that is done he will present the matter to the other Commissioners 
for final action. 
The Parks Superintendent, Mr. S. H. Boardman, was present and reported 
on the following matters: 
Saie of two pipe lines in John Yeon State Park at Warrendale:-The 
Parks Superintendent advised thet, when this park was purchased by the 
state, the state also acquired title to two metal pipe lines, one 14 
inches in diameter and the other 20 inches in diameter, which were for- 
merly used for conveyance of water in connection with ectivities of 
the previous omer. These pipe lines, he said, are about 2200 feet 
in length and contain approximately 36 tons of steel which is of no 
value in so far as the parks department is concerned. It was his thought 
that it would be advisable to sell the pipe in view of the present high 
price of steel and the need of such material during the present war 
emergency. After discussion the Commission approved the sale of the 
material subject to the condition that the pipe cannot be used to ad- 
vantage by either the road or bridge departments. The parks depart- 
ment is to be credited with the value of the pipe. 
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He explained that the Commission previously authorized surveys for the improve- 
ment of the Upper Columbia River Highway between Cascade Locks and The Dalles; 
Wilson River Highway between Washburn and North Plains; the Pacific Highway 
West between Monmouth and Corvallis; and for the Pacific Highway between Welker 
and Rice Hill and between Green Station and Caryonville; and, under such auth- 
ority, requests have already been presented to the Public Roads Administration 
for approval of these surveys as federal eid projects although such approval 
has not as yet been obtained. The Commission decided not to authorize the ad- 
ditional projects at this time, it being considered advisable to wait until the 
governmental authorities have passed on the projects previously presented. 


The Attorney reported briefly on the matter of acquisition of right 
of way needed for the improvement of the Oregon Coast Highway through the town 
of Gold Beach, Curry County, but no action thereon was taken by the Commission. 


A letter was presented from Swift and Company, Portland, in which the 
Commission was asked to give consideration to the widening of the Swift Sec- 
ondary Highway between the livestock exposition building and the railroad bridge 
west of the Swift and Company plant so as to provide four lanes for the increas 
ing amount of traffic that this road carries. The Engineer estimated that it 
would cost about $25,000 to improve this road as requested. The Commission 
acknowledged that this is a meritorious project but decided in view of the war 
emergency and scarcity of funds not to do the work at this time unless the 
army authorities request it. 


A letter was presented from Mr. Theodore R. Conn, attorney, Lakeview, 
in behalf of Lake County School District No. 7, in which the Commission was 
asked to construct sidewalks or footpaths along the Fremont and Klamath Falls- 
Lakeview Highways for « distance of one mile south and west of the city limits 
of Lakeview for the benefit of school children who live outside of the city 
limits and are obliged to walk to the schools in Lakeview. The Engineer es- 
timated that it would cost about $1,000 to build two miles of sidewalk four 
feet wide adjacent to the shoulders of the highway and that it would cost 
about $1,200 to build such e sidewalk at the right of way line. In this con- 
nection the Commission discussed the establishment of a policy with respect to 
sidewalk construction during the present war emergency and decided to defer all 
such projects, notwithstanding that they may have previously been approved, for 
the duration of the war. The request of Lake County School District No. 7 was 
thereupon denied. The Secretary was instructed to reply to all requests re- 
ceived for such projects that the Commission has found it necessary on account 
of the war situation to defer expenditures for projects of this nature, and is 
concentrating its efforts on projects desired by the army and also on the main- 
tenance of the highway system in the interests of national defense and the gen- 
eral treveling public. 


The Engineer brought up for discussion the matter of oiling the 
Terrebonne-Lower Bridge County Road, in Deschutes County. He explained for 
the benefit of Chairman Cabell the action taken by the Commission at the pre- 
vious meeting whereby the Commission agreed to oil this road, spending state 
funds for the same, if the county would complete the grading and surface the 


Klamath County. He recited the history of this case and pointed out that it 
cost the state $50,000 to repair the damage caused by the flood. The dike, he 
seid, was constructed and owned by the Southern Pacific Company, the Central 
Pacific Railway Company, and the California-Oregon Power Company, and in his 
estimation the state is not liable for any of the damage that occurred to the 
adjacent private property and has good cause for suit of action against the 
owners of the dike to recover the cost of the highway repairs. He requested 
instructions. After discussion the Commission decided to start suit to re- 
cover the cost of the highway repairs and so ordered. This suit is to be 
separate and distinct from the suits of the private property owners which 
are now under way. The Commission considered it inadvisable to join in the 
other action. 


A letter was presented from the County Court of Josephine County re- 
questing the designation as a state secondary highway of the .county road known 
as the Merlin Market Road, and the Merlin Cut-off, so as to form a loop with 
the Lower River Road out of Grants Pass; also requesting the oiling of the Mer- 
lin Road Section thereof. The Engineer recommended, in view of the stringency 
of the times, that the request be denied and that, as a matter of policy during 
the present war emergency, no additional roads be added to the state highway 
system unless they are of an emergency nature. The Commission approved the 
recommendation. 


The Engineer reported the cost to oil the shoulders adjacent to the 
highway pavement through the town of Garibaldi, Tillamook County, which work 
was heretofore requested by the Garibaldi Civic Club. He estimated such cost 
at $2,000 and recommended that the work be not done at the present time so as 
to conserve the funds for other uses of more importance. The Commission ap- 
proved the recommendation, subject to review later in the year. In thig con- 
nection the Engineer also recommended: that the Commission do not approve minor 
betterment projects of this nature during the present war emergency unless they 
are of an exceptional or unusual nature. The Commission deferred a definite 
decision in this matter until next summer. 


The Engineer requested approval of the following federal aid survey 
projects for 1942 in order to take up the federal funds which have been pro- 
vided specifically for financing of surveys: 


Mileage Estimated Cost 
Cascade Locks-Viento 12 $12,500 
Viento-Hood River 8 8,000 
Mosier-The Dalles 17 17,000 
Washburn-North Plains 11 11,000 
Chemult-Chiloguin 52 51,200 
Walker-Rice Hill 28 28,000 
McMinnville-Valley Junction 18 18,000 
Tillemook-Pleasant Valley 10 8,000 
Green Station-Canyonville 25 25,000 
Arlington-Boardman 26 15,500 
Monmouth-Corvellis 22 20, 000 


Total - $194,200 
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County of the State of Oregon, that from and after the adoption of 
this resolution by the State Highway Commission the hereinafter de- 
seribed section of the Lombard Street Secondary Highway No. 121 
shall, under the provisions of the laws of Oregon, become a county 
road or city street, and the construction, repair, maintenance or im- 
provement, and the jurisdiction thereof, shall be exclusively under 
the Board of County Commissioners of Multnomah County or the city 
authorities of Portland; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission, all members being present and affirma- 
tively voting and participating as follows: 


1. That the following described section of the Lombard 


Street Secondary State Highway No. 121 is hereby eliminated and re- 
moved from the secondary State highway system, to wit: 


A Section of the Lombard Street Secondary Highway No. lal: 


Beginning at the intersection of ‘Northeast Lombard 
Street with Northeast 10th Avenue; thence east to the inter- 
section of Northeast Lombard Street with Columbia Boulevard; 
a distance of 0.397 miles. 


2. That the said above described section is hereby de- 
clared to be eliminated and removed from the secondary system of 
highways and from and after the adoption of this resolution shall be- 
come a county road or city street, and the construction, repair, main- 
tenance or improvement, and the jurisdiction thereof, shall be exclu- 
sively under the Board of County Commissioners of Multnomah County or 
the city authorities of Portland, as provided by law. 


3. That this resolution be entered in the minutes of the 
Commission and a duly certified copy thereof mailed to the Board of 
County Commissioners of Multnomah County. 


under the provisions of Chapter 248, Laws of 1931; 


Chapter 196, Laws of 1935; and Chapter 529, Laws of 1939; the State 
Highway Commission, by mutual agreement with the respective county 
courts or board of county commissioners of the several counties of 
the State, is authorized and empowered to select, locate, and desig- 
nate a system of secondary State highways, which highways shall be 
selected from the market roads or other county roads, or city streets, 
or available locations or routes of the several counties; and 


WHEREAS, the State Highway Commission, by mutual agreement 
with the Board of County Commissioners of Multnomah County of the 
State of Oregon, has selected the road, highway or city street here- 


Pas 


inafter named, and it is the purpose of the Commission to officially 
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road; and the Commission also agreed to spend on some other county road in 
Deschutes County an amount equal to that budgeted for surfacing the Terre bonne- 
Lower Bridge Road. Chairman Cabell approved the action taken by Commissioners 
Clough and Oliver on this matter. 


The Commission had under discussion the matter of revising the sec- 
ondary highways in Northeast Portland, particularly Lombard Street Secondary 
Highway ecst of Union Avenue, Northeast Portland Secondary Highway, and North- 
east 82nd Street Section of the Cascade Secondary Highway. The Engineer 
pointed out that Lombard Street west of Union Avenue is now being maintained 
by the state as a state highway route although it has not been designated a 
state secondary highway; also that Lombard Street has been designated as a 
state secondary highway east from Union Avenue to a connection with Columbia 
Boulevard; and that Northeast Portland Secondary Highway now extends along the 
southerly side of the Union Pacific railway from a junction with the Lombard 
Street Secondary Highway to a connection with Sandy Boulevard ‘ ( Columbia River Hw) ; 
and that 82nd Street Secondary Highway now terminates at Sandy Boulevard. It 
was his thought that that portion of Lombard Secondary Higtmay which lies east 
of the junction with Northeast Portland Secondary Highway should be removed 
from the state secondary system, and that Cascade (82nd Street) Secondary High- 
way should be extended northerly from its terminus at Sandy Boulevard to 
Killingsworth Avenue and he so recommended. The Commission considered that 
such changes are to the state's advantage and are in conformity with previous 
understanding with the Board of County Commissioners of Multnomah County and 
thereupon approved the same. The following resolutions with respect thereto 
were adopted by the Commission by unanimous vote: 


WHEREAS, under the provisions of Chapter 248, Laws of 1931; 

Chapter 196, Laws of 1935; and Chapter 529, Laws of 1939; the State 
Highway Commission, by mutual agreement with the respective county 
courts or boards of county commissioners of the several counties of 
the State, is authorized and empowered to select, locate and a=2sig- 
nate e system of secondary State highways, which highways shall be 
selected from the market roads or other county roads, city streets, 
or available locations or routes of the several counties; and 


WHEREAS, the State Highway Commission, by mutual agreement 
with the Board of County Commissioners of Multnomah County of the 
State of Oregon, has heretofore selected and regularly adopted, as 
provided by law, the Lombard Street Secondary Highway No. 121, and 

WHEREAS, it is now the intention of the State Highway Com- 
mission, by mutual agreement with the Board of County Commissioners 
of Multnomah County of the State of Oregon, to eliminate and remove 
from the system of secondary State highways, under the provisions of 
Chapter 248, Oregon Laws of 1931; Chapter 196, Oregon Laws of 1935; 
and Chapter 529, Laws of 1939; the hereinafter described section of 
the Lombard Street Secondary Highway No. 121, and 


WHEREAS, it is mutually understood and agreed by the State 
Highway Commission and the Board of County Commissioners of Multnomah 


Resolution from Washington County retaining portions of the 
Pacific Highway West through the tom of Tigard as a county 
road; 


Resolution from Umatilla County assuming jurisdiction over 
the old Pendleton Airport Highway. 


The Commission approved the resolutions and ordered them filed. 


The Commission discussed a proposed agreement with the Kinzua Pine 
Mills Company covering construction by the company of a logging road across 
the Heppner-Spray Secondary Highway, in Wheeler County. The Engineer recalled 
that the Commission some time ago approved such crossing and that the agree- 
ment is simply to cover the arrangements in writing. The Commission confirmed 
the previous action and thereupon signed the agreement. 


The Attorney reported briefly on the state's claim against a Mr. 
Tom Bailey, Diamond, Oregon, for the theft of highway culvert pipe, but action 
thereon was deferred pending information from the District Attorney of Harney 
County. 


Consideration was given by the Commission to the claim of Mrs. Swan 
Bokvist for reimbursement for the value of certain personal property that was 
destroyed by fire started by highway department employees. It appears that 
Mr. and Mrs. Bokvist were traveling along the Klamath Falls-Lakeview Highway 
enroute from Sprague River to Klamath Falls and were obliged to pass a point 
where a highway maintenance crew was burning an accumulation of brush on the 
highway right of way and that, after driving several miles past this point, 
their attention was called to a fire in their trailer which could not be put 
out until it had burned a considerable portion of the load carried thereon, 
consisting principally of personal belongings. Mr. and Mrs. Bokvist allege 
that the fire was started by sparks from the highway crew's operations and in 
view thereof feel that they should be reimbursed by the state for their loss, 
amounting to $300.00. The Engineer stated that there is some question 
whether or not the trailer fire was caused by sparks from the highway crew's 
burning operations in view of the fact that it was not discovered until the 
Bokvists had traveled some ten miles or so beyond the point where the highway 
crew was working, and because the fire could have been started by a carelessly- 
thrown cigarette stub. However, there is no way that it can be definitely 
proven that the fire started from any particular source. It appeared to the 
Commission from the evidence at hand that the state's burning operations very 
likely caused the fire and in view thereof the Commission authorized settle- 
ment with Mrs. Bokvist for $150, being 50 per cent of the amount of the clain. 
The Commission refused to pay the full amount of the claim because of the im- 
possibility of checking the damage. 


The Commission discussed briefly the question whether or not to con- 
tribute funds toward the cost of conducting the KOAC "Oregon on Parade" radio 
program during 1942 but deferred its decision until the next meeting when the 
accomplishments of the progrem conducted in 1941 are to be reviewed. 
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and regularly designate and adopt said road, highway or city street 
as a highway to constitute, together with other highways heretofore 
adopted and/or which may hereafter from time to time be added, the 
system of secondary state highways under the provisions of said acts; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the State 
Highway Commission, all members being present and affirmatively vot- 
ing and participating, as follows: 


1. That the following described market road, county road, 
highway, city street, route, or location of a highway in Multnomah 
County be and the said market road, county road, highway, city street, 
location, or route, hereby is selected, designated, established, 
rdopted and approved as a secondary State highway and shall be and 
nereby is designated as a part of the secondary State highway systen, 
to wit: : 


An Extension of the Cascade Secondary Highway No. 160: 


Beginning at the intersection of Northeast Sandy 
Boulevard with Northeast 82nd Avenue; thence north to the 
intersection of Northeast 82nd Avenue with Northeast Killing- 
sworth Street; a distance of 0.706 miles. 


2. That the said highway shall be and hereby is qualified 
for improvement under the provisions of said Chapter 248, Oregon Laws 
1931; Chapter 196, Oregon Laws of 1935; and Chapter 529, Oregon Laws 
of 1939; and amendments thereof. 


3. That this resolution be entered in the minutes of the 
Commission and a duly certified copy thereof mailed to the Board of 
County Commissioners of Multnomah County. 


The Engineer reported that on January 24, 1942, in conformance with 
authority previously granted him by the Commission, he awarded the contract 
for the construction of anwiercrossing structure at the south end of the 

Umatilla Ordnance Depot, Umatilla County, to F. R. Hewett who submitted the 
low bid therefor on January 21, 1942, the conditions of the award having been 
satisficd. The Commission confirmed the award of this contract. 


The Commission discussed and denied as a matter of policy a request 
the Willamina Commercial Club for permission to install city markers on 


the right of way of the Salmon River Highway, a short distance outside of the 


boundary lines, at the east and west entrances into Willamina. 


The Secretary presented resolutions, as follows, from the County 


Courts of Washington County and Umatilla County, with respect to portions of 
state highways that have been abandoned by the State Highway Commission as a 
result of reconstruction of the highways on other alignment: 


in due course came into the possession of said guilty employe and 
were cashed by him some times at Ladd & Bush Bank, but quite often 
they were cashed at places of business outside of the City of Salem; 
and 


WHEREAS, said forgeries were all forgeries of an endorser 
and none were forgeries of the name of the drawer or depositor and 
all were committed by an employe working under the depositor; and 


WHEREAS, the Commission has been advised that all losses 
sustained during the tenure in office of R. H. Baldock have been 
paid by bonding companies with which the State carried protection 
and said counsel has advised further that R. H. Baldock is not 
liable for losses sustained prior to his appointment as State High- 
way Engineer; 


THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the Commis- 
sion, all members being present and voting affirmatively as follows: 


1. That, based upon the record and upon all material facts 
and circumstances connected with the forgeries and irregularities of 
Wilbur L. Moorman and upon the advice of the Commission's Chief Coun- 
sel, it is the considered judgment of the Commission that the outcome 
or result of litigetion against Ladd & Bush Bank for the recovery of 
losses sustained by the State through the irregularities and forgeries 
of said guilty employe, which recovery would be confined to losses 
occurring between the years 1927 and 1930, but not discovered until 
October, 1937, is so uncertain and so doubtful as to make the pros- 
ecution of any such litigation quite unwise and, therefore, it is the 
decision of this Commission that no litigation against Ladd & Bush 
Bank shall be instituted; 


2. That R. H. Baldock be exonerated of any liability for 
losses occurring prior to his appointment as State Highway Engineer, 
the date of which appointment was February, 1932; and 


3. That this resolution be spread upon the minute records 
of the Commission and H. B. Glaisyer, the Commission's Secretary, be 
and he is directed to deliver to the State Auditor, the Honorable 
Earl Snell, Secretary of State, a duly certified copy thereof. 


The Commission discussed the appointment of a State Highway Engineer, 
Assistant State Highway Engineer, Attorney, and Secretary in view of the fact 
that the terms of the present incumbents of those positions expire on March l, 
1942. Motion was mede by Commissioner Oliver that R. H. Baldock be reappointed 
as State Highway Engineer, that C. B. McCullough be reappointed as Assistant 
State Highway Engineer, that J. M. Devers be reappointed as Attorney, and that 
H. B. Glaisyer be reappointed as Secretary for four-year terms, commencing 
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The Engineer reported briefly the results of an investigation that 
was made of the suggestion offered by Mr. A. M. Collier, Klamath Falls, that 
a parting strip 14 feet wide be provided down the center of South Sixth Street, 
Klamath Falls, when the improvement of the street is undertaken. He recalled 
that he reported to the Commission at the previous meeting that a parting strip 
of such width could not be provided without acquiring additional right of way 
and without introducing two bad reverse turns at each end of the project. How- 
ever, subsequent investigation reveals that it would be possible to provide a 
parting strip ten feet wide with a five-foot sidewalk on each side of the high- 
way without additional right of way, and that it would be possible to ease off 
the curves at each end of the project so they would not be objectionable. 
Such information, he said, has been conveyed to Mr. Collier who has approved 
the same. The Commission approved the report. 


The Commission by unanimous vote adopted the following resolution 
with respect to the defalcations of a former employee by the name of W. L. 
Moorman, exonerating liability of State Highway Engineer R. H. Baldock: 


WHEREAS, one Wilbur L. Moorman while in the employ of the 
State Highway Department committed a series of forgeries and irreg- 
ularities which extended over a period of ten and one-half years, com- 
mencing in April 1927, and ending in October, 1937, the date of the 
discovery by the department of said defalcation; and 


WHEREAS, the total amount of funds involved in the said 
forgeries was the sum of $8,017.76, of which amount the State recov- 
ered from companies with which the State carried protection by way of 
forgery bonds the sum of $6,001.29, leaving unrecovered the sum of 
$2,016.47, which represents the State's loss by reason of said for~ 
geries; and 


WHEREAS, said irregularities and forgeries were committed 
in connection with funds disbursed by the Engineer out of an account 
established and maintained in Ladd & Bush Bank pursuant to law, which 
account was known as the pay roll account; and 


WHEREAS, said forgeries were accomplished by said employe 
by carrying on the pay roll for indefinite periods fictitious or 
dummy persons and then forging on time statements the neme of an em- 
ploye whose signature was required by Mr. Baldock and on the genuine- 
ness of whose signature Mr. Baldock would draw a check against the pay 
roll account payable to the person whose name appeared in the time 
statement and which check would be mailed to the payee at the address 
designated in the time statement or check; and 


WHEREAS, the pay roll account or deposit maintained by the 
Engineer as by law required was maintained in Ladd & Bush Bank, Salem, 
against which account all pay roll checks were drarm; and 


WHEREAS, by means of the plan and scheme of said defaulting 
employe all checks draw payable to said fictitious or dummy persons 
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to cancel the permits in conformity with the established policy of the High- 
way Commission. He said that had Mr. Ober surrendered the plates within the 
24-hour period his penalty would simply have consisted of temporary suspen- 
sion of the plates for four days. It was also explained that the case is 
further involved in that when Mr. Ober's PUC plates were actually tek n up by 
the State Police it was found that his trucks were not properly licensed and 
that he was operating them under temporary license stickers issued for private 
automobiles. After discussion, during which it was pointed out that Mr. Ober's 
trucks have been out of operation for ten days which is really a week longer 
than would have been necessary had he complied with the regulations, the 
Commission decided unanimously to reinstate the permit under the condition 
that Mr. Ober will submit evidence that his trucks are properly licensed. 

The Secretary was instructed to convey such information to Mr. Ober and to 
warn him that the Commission may take more drastic measures in the event that 
reports are received of further violations by him. 


A letter was presented from the Tillamook Air-Raid Precaution Com- 
mittee, Rockaway, Oregon, in which the Commission was requested to take action 
as may be necessary to prohibit open beach fires on beach areas during the 
present war situation and suggesting the erection of signs on the beaches pro- 
hibiting such fires. The Commission approved the suggestion and authorized 
the placing of the signs after the matter has been discussed with Mr. Jerrold 
Owen, Coordinator, Oregon State Defense Council. The Engineer was instructed 
to discuss the matter with Mr. Owen. 


The Commission discussed briefly and ordered filed a letter from 
Mr. A. B. Sanders, Executive Secretary, Oregon Coast Highway Association, quot- 
ing in part a resolution adopted by the Board of Directors of such association 
in which suggestion is made that the Highway Commission authorize surveys, 
preparation of plans, et cetera, as may be necessary for a major program of 
highway construction that will assist in taking up some of the slack in em- 
ployment that it is anticipated will occur during the post-war period. 


The Secretary presented a letter from the Balsiger Motor Company, 
Klamath Falls, requesting authority to operate over Oregon highways, from the 
California state line to Klamath Falls, truck and trailer equipment having 4 
gross weight of 68,000 pounds, in the transportation of motor-vehicle fuels 
and domestic-burning fuel for use in the Klamath Falls area. It asked this 
authority so as to avoid the necessity to break up its truck and trailer units 
in order to comply with the dimensions and weights that are specified in the 
Oregon statutes. The Commission denied the request for the reason that it is 
not prepared to make a decision in this controversial question at the present 
time. 


The Commission discussed a letter from C. R. Moore, Colonel, Corps 
of Engineers, and District Engineer for the Portland District of the United 
States War Department, with respect to the construction of access roads to the 
proposed Medford and Corvallis cantonments. Colonel Moore outlined his under- 
standing of the arrangement agreed upon among the State Highway Engineer and 
other representatives of the State Highway Department anc representatives of 
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March 1, 1942, unless terminated sooner by the Commission. The motion was duly 
seconded by Commissioner Clough and was declared by Chairman Cabell to have 
carried by the unanimous vote of the Commission. 


The Engineer reported an urgent request from the Public Roads Admin- 
istration for his attendance at a meeting in San Francisco, California, on 
Monday and Tuesday, February 16 and 17, 1942, with representatives of the 
Fourth Air Force and the Public Roads Administration for a discussion of con- 
struction and operation of airplane flight strips along state highways. The 
Commission authorized him to attend such meeting at state expense if that 
meets with the approval of Governor Charles A. Sprague. 


The Engineer reported the need to acquire additional right of way 
50 feet wis along the east side of Front Avenue, Portland, between Clay Street 
and Montgomery Street, so as to provide access to certain South Portland indus- 
tries which are now served by traffic over the private roadway. facilities of 
the Southern Pacific Company. The Southern Pacific Company, he said, objects 
to such use of its private roadway inasmuch as it interferes with the railroad 
company's use of its property, so it is necessary to provide another way for 
this traffic. This matter, he said, has been investigated and a plan has been 
devised that appears to be satisfactory to the railroad company and to the 
City of Portland, which plan provides for the closing of the Harrison Street, 
Mills Street and Market Street connections on both sides of Front Avenue, and 
for the closing of the Montgomery Street connection on the west side of Front 
Avenue, and necessitates the acquisition of a 50-foot strip of extra right of 
way for a distance of three ‘locks on the east side of Front Avenue. He es- 
timated the cost of such extra right of way at $7,800 and recommended approval 
of the plan and the purchase of the property at such figure. After discussion 
the Commission approved the arrangement and by unanimous vote authorized the 
purchase of the extra right of way. 


The Engineer requested authority to advertise for bids for improve- 
ment of certain city streets that are not on state highway routes. He recalled 
that the Commission previously authorized an expenditure of state funds for such 
purpose in cities and towns of 250 population or more provided that such cities 
and toms would enter into written agreements with the state covering the work. 
He further stated that agreements with most of the cities and towns have been 
executed and the projects are reudy to go forward as soon as the Commission 
gives its approval. The Commission authorized the contracting of such projects 
on condition thet the agreements have been signed. 


Consideration was given by the Commission to a request from a Mr. 
Wesley Ober for reinstatement of his log-hauling permit heretofore cancelled 
for failure on his part to voluntarily surrender his PUC plates on two trucks 
which were weighed and found to be overloaded. The Secretary explained that 
two of Mr. Ober's trucks were weighed on February 2, 1942, and were found to 
be carrying loads weighing in excess of the statutory limits, that the drivers 
were notified of the overloads and were given an opportunity to voluntarily 
surrender their plates within 24 hours; also that the plates were not deliver- 
ed within the specified time and the Public Utilities Commissioner was requested 


awarded on January 10, 1941, and work was started on January 15, 1941, 
but was n-t completed until December 23, 1941, due mainly to the fact 
that the contractor did not have sufficient equipment and men employ- 
ed to complete the clearing and grading work until late in the summer. 
The surfacing work, he said, was delayed because the contractor was 
unable to secure a sufficient supply of surfacing materials from a 
small commercial plant located several miles south of the job with 
which he had arranged to secure such materials. It was his thought 
that the facts contributing to the delay are sufficient reason for 

the granting of the extension of time without penalty and he so recom- 
mended. A letter was presented from the Public Roads Administration 
concurring therein. The Commission approved the recommendation. 


C. E. Oneal, contract No. 2463, for grading, surfacing and con- 
struction of bituminous macaedam on the P ndleton Airport Section of 
the Airport Secondary Highway, in Umatilla Coun*y, requested an ex- 
tension of time of 60 days, from August 15 to October 15, 1941, with- 
in which to complete this job. He alleged that his failure to com- 
plete the contract within the specified time limit was due to the fol- 
lowing reasons: delays occasioned by construction of water mains by 
the City of Pendleton; extra work in hauling materials far the United 
States Army Cantonment parking area not included in the original con- 
tract; use of rock materials from excavations to construct topping 
course requiring excessive amount of overhaul and backhaul; and dif- 
ficulties in securing necessary materials, supplies and repair parts 
for equipment. He also alleged that the oiling work was delayed be- 
cause of adverse weather conditions. The Engineer advised that the 
reasons given by the contractor for failure to complete the project 
within the specified time limit are substantially correct. He recom- 
mended that the extension of time requested be granted without pen- 
alty. The Commission approved the recommendation. 


Averill & Corbin, contract No. 2479, for construction of ea bridge 
over Rock Creek on the John Day Highway, in Grant County, requested 
an extension of time, from November 30 to December 24, 1941, within 
which to complete this job. They attributed their failure to complete 
the project within the specified time limit to their inability to 
secure necessary labor when needed. The Engineer advised that the 
work done by the contractors subsequent to December 17 consisted of 
riprapping a roadway embankment and covering the lining of an irri- 
gation canal which items were not included in the original contract. 
It was his thought that the contrector should have completed the re- 
maining work within the specified time limit. He recommended in view 
thereof that the extension of time requested by granted subject to 
the condition that the contractor be required to reimburse the state 
for extra engineering expense incurred between November 30 and Decem- 
ber 17, with no penalty being assessed for the period December 17 to 
December 24, 1941, when they were performing the extra work. A letter 
was presented from the Public Roads Administration concurring therein. 
The Commission approved the recommendation. 
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the Public Roads Administration at a previous conference in his office when it 
was decided that the access road to the Medford cantonment should be constructed 
with concrete pavement, two lanes wide, at an estimated cost of $672,000 of which 
amount $100,000 would be contributed by the State Highway Commission; snd that 
the access road for the Corvallis cantonment should consist of widening and re- 
locating a portion of U. S. Route 99W, between Corvallis and Monmouth, at a 
cost of $715,000 of which amount the State Highway Commission would contribute 
$100,000. He further stated that he has recommended these improvements to his 
superiors on the above basis. The State Highway Engineer advised that Colonel 
Moore's understanding of the matter coincides with his exactly. The Commission 
thereupon approved the arrangement as to plans and financing, thus confirming 
telegraphic approval heretofore given. 


The Commission discussed briefly and ordered filed a statement from 
the Office of Emergency Management, Seattle, Washington, transmitted through 
W. H. Lynch, District Engineer, Public Roads Administration, with respect to 
the dissemination of information relative to the letting of procurement con- 
tracts and similar matters. 


The Commission discussed the following requests for extensions of 
time within which to complete highway construction projects: 


Cochran and Gatton, contract No. 2311, for grading the Warm 
Springs River Section of the Warm Springs Highway, in Wasco County, 
requested an extension of time, from October 31, 1940, to September 
19, 1941, within which to complete this job. They gave no reasons 
for failure to complete the project within the specified time limit. 
The Engineer advised that the contractors worked continuously on the 
project except between December 14, 1940, and March 10, 1941, when ex- 
tremely bad weather was encountered, and made an honest effort to 
complete the project within the shortest possible time, however, 
were handicepped by conditions beyond their control. He further stated 
that the materials moved overran the estimated quantity by three per 
cent; also, that the delay in completing the project has not inter- 
fered with any use of the road nor has it caused any loss to the state 
other than a small extra engineering expense totaling $139.15. He 
recommended in view of the circumstances that the extension of time 
requested be granted without penalty, notwithstanding that the Public 
Roads Administration is of the opinion that the penalty should be 
assessed except during the period, December 14, 1940, to March 10, 
1941, when the work was held up on account of bad weather conditions. 
The Commission approved the recommendation. 


Sam Orino, contract No. 2409, for grading, surfacing and construc- 
tion of retaining wall on the Depoe Bay Section of the Oregon Coast 
Highway, in Lincoln County, requested an extension of time, from August 
31 to December 23, 1941, within which to complete this job. He attri- 
buted his failure to complete the project within the specified time 
limit to difficulties encountered in surfacing the entrance road to 
the Depoe Bay schoolhouse. The Engineer advised that the contract was 


Contract No. 2480, with Rogers Construction Company, 
for grading, surfacing and oiling the Dee-Woodworth Acres 
Section of the Hood River Secondary Highway in Hood River 
County. Completed December 27, 1941. 


Contract No. 2518, with A. S. Wallace, for the Swisshome 
Rock Production Project on the Siuslaw and Alsea-Deadwood 
Highways in Lane County. Completed February 7, 1942. 


Contract No. 2523, with F. R. Hewett, for the Condon- 
Servicecreek Rock Production Project on the John Day Highway 
in Gilliam and Wheeler Counties. Completed January 2, 1942. 


Contract No. 2533, with the Shipyard Wood Company, for 
wrecking and removing two buildings located at 101 S. E. Union 
Avenue, East Portland, in Multnomah County. Completed Jan- 


uary 24, 1942. 


THEREFORE, BE IT RESOLVED, that the work covered by said 
state highway contracts for the construction of said state highway 
projects be declared completed according to the terms of the re- 
spective contracts, and said jobs are hereby accepted and final pay- 
ment in connection with each is hereby authorized. 


The Commission considered and signed agreements, et cetera, as fol- 


lows: 


Agreement with the Southern Pacific Company covering grant of 
easement to the state for highway purposes over two parcels of land 
along the right of way of the Southern Pacific Company's tracks near 
Monroe, Oregon. 


Agreement with Coos Electric Cooperative, Inc., being an applica- 
tion for the purchase of electrical energy for use in connection with 
lighting a maintenance station near Remote, Oregon. 


Agreement with Katherine Helen Jones, et al, covering the pur- 
chase of certain real property at Eugene for which the state is pay- 
ing the sum of $11,075.00. 


Agreement with Kinzuea Pine Mills Company covering the construc- 
tion of the company's logging road across the Heppner-Spray Secondary 
Highway, in Section 35, Towmship 6 South, Range 25 East, W. M. Wheeler 


County. 


Agreement with Hoke Smith covering the lease of certain state- 
owned property which was purchased for use as right of way for the 
reconstruction of the Pacific Highway between Eugene and Springfield. 
Right of way file No. 9246C. 


—— 


Rogers Construction Company, contract No. 2480, for grading, sur- 
facing and oiling the Dee-Woodworth Acres Section of the Hood River 
Secondary Highway, in Hood River County, requested an extension of time, 
from October 15 to December 27, 1941, within which to complete this 
job. It attributed its failure to complete the project within the 
specified time limit to difficulties experienced in securing spring 
bracket guardrail for guard fence construction which is the only part 
of the work that was not completed within the specified time limit. 

The Engineer advised that the reason given by the contractor for fail- 
ure to complete the project on time is correct, that the contractor 
was unable to purchase the guardrail through the regular chennels and 
was eventually supplied from the highway department's stock. He rec- 
ommended in view of the circumstances that the extension of time re- 
quested be granted without penalty. The Commission approved the rec- 


ommendation. 


~ 
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The Engineer reported that Contracts Nos. 2311, 2409, 2440, 2463, 2479, 
2480, 2518, 2523 and 2533, for the construction of state highway projects, have 
been completed according to the requirements of the contracts or modifications 
thereof, and that said jobs are now ready for acceptance. The following reso- 
lution accepting the above projects was offered and was adopted by the unani- 


mous vote of the Commission: 


WHEREAS, the Engineer has reported that the following State 
Highway Commission contracts for the construction of state highway 
projects have been completed according to the terms and provisions 
of the contracts and said jobs are now ready for acceptance: 


Contract No. 2311, with Cochran & Gatton, for grading 
on the Warm Springs River Section of the Warm Springs Sec- 
ondary Highway in Wasco County. Completed September 19, 


1941. 


Contract No. 2409, with Sam Orino, for grading and bitum- 
jnous macadam surfacing and construction of a retaining wall 
on the Depoe Bay Section of the Oregon Coast Highway in 
Lincoln County. Completed December 23, 1941. 


Contract No. 2440, with Berke Bros., for grading and 
paving on the West Sheridan Section of the Salmon River High- 
way in Yamhill County. Completed December 11, 1941. 


Contract No. 2463, with C. E. Oneal, for grading, sur- 
facing and bituminous macadam on the Pendleton-Airport High- 
way Section of the Airport Secondary Highway in Umatilla County. 
Completed October 11, 1941. 


Contract No. 2479, with Averill and Corbin, for construc-— 
tion of an 80-foot reinforced concrete viaduct and 0.046 mile 
of highway roadbed, on the Rock Creek Section of the John Day 
Highway in Grant County. Completed December 24, 1941. 
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of Governor Charles A. Sprague. The following resolution with respect thereto 
was adopted by the Commission by unanimous vote with the understanding that it 
shall not become effective unless and until the Governor's approval has been 
obtained: (See letter from Governor Sprague, dated February 25, 1942) 


WHEREAS, because of the movement of large quantities of de- 
fense materials and because of other conditions and imposed inhibitions 
made necessary by and for national defense there exists a real emergency 
in the transportation systems of the State of Oregon, both with respect 
to transportation by rail and transportation by motor vehicle; and 


WHEREAS, such emergency is increased by reason of the fact 
that under the laws of the State of Oregon the normel and usual move- 
ment of property by motor vehicle over the public highways of the 
State is limited to a combined weight of vehicle and load or vehicles 
and load of not to exceed 54,000 pounds and to an overall length of 
not to exceed fifty feet; and 


WHEREAS, most of the defense materials moved by motor ve- 
hicle through or into the State of Oregon move in interstate commerce 
between the states of Oregon, California, Washington, Nevada and 
Idaho; and 


WHEREAS, in each of said states except Oregon motor vehicles 
are permitted by law to operate over the public highways carrying a 
combined weight of vehicle and load or vehicles and load of not to 
exceed 68,000 pounds and having an overall length of not to exceed 
sixty feet; ard 


WHEREAS, if the laws of the State of Oregon with respect 
to the normal movement of commodities under normal conditions are 
rigidly applied to motor vehicles entering the State of Oregon from 
the State of Washington, the State of Idaho, the State of Nevada or 
the State of California a bottleneck will be created and the trans- 
portation of defense materials by motor vehicle will be seriously im- 
paired; and 


WHEREAS, His Excellency Governor Sprague has been very 
urgently requested by carriers of property by motor vehicle, by 
shippers, by representatives of the United States Army and the 
United States Navy and by representatives of the Division of Motor 
Transport, Office of Defense Transportation, to work out some 
method or procedure by which motor vehicles operating in the 
transportation of property over the public highways of the State of 
Oregon and those motor carriers which may enter the State from ad- 
joining states may travel within Oregon over certain public highways 
of the state with an overall length of vehicle not in excess of sixty 
feet and with respect to which vehicle the combined weight of vehicle 
and load or vehicles and load shall not exceed 68,000 pounds; and 


* 


— 
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Agreement with Fisher Brothers, contractors, for use of the state- 


owed quarry, known as Hjorteland quarry, in connection with their con- 
tract with the federal government in the construction of the Camp 
Clatsop-Fort Stevens Highway, near Astoria. 


Agreement with Crown—Zellerbach Corporation covering lease to the 


corporation of certain riparian rights on the east bank of the Willa- 
mette River, in Oregon City, Oregon. 


Agreements with the following cities and towns covering improve- 


ment of certain city streets that are not on state highway routes: 


John Day Lebanon 

Hubbard Richland 

Lafayette Roseburg 
Wallowa 


Easement granting to the United States Navy the use of a portion 


of the right of way of the Columbia River Highway (old route) in con- 
nection with the development of the Tongue Point Naval Base near 
Astoria. 


Quitclaim deed conveying unto the Wallowa Sheep and Land Company 


the NW of the SE of Section 26, Township 2 North, Range 41 East, W. 
M., Wallowa County, which property was deeded to the state by mistaxe 
along with other property in this vicinity. Right of way file No. P35. 


Bargain and sale deed conveying unto Mary Palandri an undivided 


four-tenths interest in and to Lot 5, Block 1, Caruthers Addition to 
the City of Portland. Right of way files No. R8650 and No. R9089. 


The Commission adjourned at 5:30 p. m. and reconvened at 8:00 p. m 


in the home of Chairman Cabell, with all Commissioners, the Engineer and the 
Attorney present. 


The Commission discussed the matter of granting permits for the oper- 


ation over Oregon highways of freight-hauling equipment having an overall 
length of 60 feet and a gross weight of 68,000 pounds, which movements are 
legal in the bordering states but are illegal in Oregon. The Engineer advised 
that investigation reveals that a real transportation emergency exists due to 
war-time conditions, which have necessitated the curtailment of ocean shipping, 
and a corresponding increase in shipping by rail and trucks. The railroads, 
he said, are handicapped by a shortage of locomotives and cars, and the truck- 
ing industry is handicapped by a shortage of trucks ,which seriously affects 
the transportation problem in this state. The situation could be relieved, he 
said, if the trucking industry were permitted to operate in Oregon, during this 
war emergency, equipment that meets the legal requirements of the adjoining 
states. 
sion's decision that relief should be granted if that meets with the approval 


This matter was discussed at considerable length and it was the Commis- 
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1. The Commission does hereby find and declare that an 
emergency exists in the State of Oregon with respect to the trans- 
portation of defense materials, both with respect to rail trans- 
| portation and motor transportation, and that such emergency is in- 
: creased by reason of the statutory limits with respect to weight 
: of vehicle and length of vehicle and load. 


2. The Commission does further find and declare that 
in its opinion the national emergency justifies the Commission in 
the adoption of a policy authorizing the issuance of permits under 
the provisions of Section 115-393, 0. C. L. A., which permits may 
euthorize the movement of vehicles within, into and through the State 
of Oregon over the highways hereinafter designated with a combined 
weight of vehicle and load or vehicles and load of not to exceed 
68,000 pounds and an overall length of not to exceed sixty feet; pro- 
vided, however, that the operation of any motor vehicle under a per- 
mit issued pursuant to the policy and scope of this resolution shall, 
with respect to the combined weight of vehicle and load or vehicles 
and load or wheel weight or axle weight, be specifically controlled 
by the following formula: The allowable gross weight shall be con- 
trolled by the formula W = 750(L+40), wherein W equals the total 
gross weight, L equals length in feet between first and last axles. 
The total gross weight applied to any group of axles spaced closer 
than 18 feet apart shall not exceed that determined by the formula 
W = 650(L+40), wherein W equals gross weight and L equals distance 
in feet between first and last axles of the group in question. In 
addition to the control provided for in said formula no vehicle shall 
be permitted to operate under any permit issued pursuant to this 
resolution with an axle weight in excess of 18,000 pounds, nor shall 
any truck train, consisting of a truck tractor and semi-trailer, have 
a total length in excess of fifty feet. 


3. Any permit issued pursuant to this resolution may be 
cancelled by the Commission at any time for cause or when in the 
opinion of the Commission the cancellation of such permit is re- 
quired in the interests of the general public. 


4. The particular highways over which such movement or 
transportation may take place are the highways listed on the attached 
sheets .#* 


5. From time to time, as conditions and circumstances dis- 
close and warrant, other and additional highways may be designated 
by the Highway Commission and thereby brought within the scope and 
reach of this resolution. Any additional highways so designated 
shall automatically be available to carriers holding permits for the 
operation of vehicles over the highways selected and designated by 
the Commission and listed on the attached sheets. 


##(See list of highways on back of Emergency Transportation Permit, form 
No. E-235-10M-3-42) 
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; 
a WHEREAS, the Governor has transmitted to the Highway Commis- 
: | sion and to the Public Utilities Commissioner the said requirements 
| and requests and has recommended that a study be made by the said two 
state agencies for the purpose of determining what, if anything, can 
be done to facilitate the movement of defense materials; and 


WHEREAS, after consultation, it is the opinion of the Public 


fp Utilities Commissioner and of the State Highway Commission that by coop- 
ah erative effort the laws of the State can be properly and efficiently 
Ee administered and enforced, and at the same time the interests of nation- 
# 2l defense be given appropriate consideration and the congestion which 
ry prevails with respect to the movement of civilian goods relieved to a 


considerable extent; and 


WHEREAS, Section 115-393, 0. C. L. A., vests in the Highway 
Commission authority to issue a permit or permits for the movement over 
the public highways of the State of any vehicle, article or property 
having a combined weight in excess of that permitted under the provi- 
sions and the laws of the State or having a size not permitted by law 
if after investigation and examination the Commission shall find that 
the movement of such vehicle or property is in the interest of the 
public or that the public will be served thereby; and 


WHEREAS, the Commission has caused an examination and in- 
spection to be made of the highways hereinafter enumerated and as a 
result of such investigation and inspection the Commission has found 
that the geometric design of said highways is such that a vehicle 
naving an overall length of not to exceed sixty feet and a width of 
not in excess of eight feet can be operated and its movement at all 
times be kept on the right-hand side of the center line of the trav- 
eled way and need not at any time or at any place on any of said high- 
ways be operated in the opposite traffic lane or any part thereof, 
and the Commission has found further from said investigation and ex- 
amination that the structure of said highways is such that they can, 
without serious impairment, carry a vehicle and load and vehicles 
and load having a combined weight of not in excess of 68,000 pounds; 
and 


WHEREAS, for the purpose of affording a measure of relief 
mm and thereby aiding in the transportation of defense and other mater- 
ec) ials, it is the judgment and opinion of the Commission that the inter- 
: ests of the general public will be served by the adoption of a policy 
which will permit the movement over @he public highways hereinafter 
? enumerated of motor vehicles the overall length of any one of which 
; shall not exceed sixty fect and the combined weight of vehicle and 
k load or vehicles and load shall not exceed 68,000 pounds, such policy 
to be in effect for the duration and while the emergency continues, 
unless otherwise modified by the action of this Commission. 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by this | 
Commission as follows: 


Portland, Oregon, March 19, 1942 


The State Highway Commission met in regular session at 9:00 a. m. in 
the auditorium of the Public Service Building. Present were: 


Henry F. Cabell, Chairman 

Huron W. Clough, Commissioner 

Herman Oliver, Commissioner 

R. H. Baldock, State Highway Engineer 
J, M. Devers, Attorney 

H. B. Glaisyer, Secretary 


Bids as follows for highway construction work and sale of land were 
opened and read in conformance with previously published notice, following which 
Chairman Cabell announced that the awards would be made at 3:09 p. m. in the 
same room: 


THREE STATE HIGHWAYS 
BAKER ROCK PRODUCTION PROJECT 


No bids received on this project 


INDEPENDENCE-GRANGER COUNTY ROAD 
WELLS-GRANGER SECTION - GRADING, SURFACING & BITUMINOUS MACADAM 


Using Asphalt Using Tar 
McNutt Brothers $99,915.50 $ 99,915.50 
Leonard & Slate - - 105,465.00 ” 


FOUR STATE HIGHWAYS 
REDMOND ROCK PRODUCTION PROJECT 


A. C. Suhre dba Bend Sand & Gravel Co. $18,936.49 
E.C. Hall Co. 22,260.00 


Babler Brothers 23,075.00 


CRATER LAKE HIGHWAY 
NORTH UNIT, ANTELOPE CREEK-MEDFORD SECTION 
GRADING AND PAVING 


Berke Brothers $312,887.50 
*McNutt Brothers 345 5539.00 
#*Leonard & Slate & Jacobsen-Jensen Co. 362,275.00 
“Bidder will not accept this project alone 


CRATER LAKE AND PACIFIC HIGHWAYS 
SOUTH UNIT, ANTELOPE CREEK-MEDFORD SECTION - GRADING & PAVING 


##* #Leonard & Slate & Jacobsen-Jensen Co. $421, 337.00 
*McNutt Brothers 443,433.00 


WHldder will not accept this project alone 
**Lump sum reduction of $15,000 for award of both units 


6. The form of permit which is hereto attached hereby is 
approved as the form of permit to be issued for the operation of ve- 
hicles over the highways listed on the attached sheets, subject, how- 
ever, to such modifications or additions as may be necessary to con- 
form to particuler circumstances and conditions. 


7. The Secretary of the Commission, upon application by 
any qualified operator, hereby is authorized and directed to issue a 
permit to such applicant. All permits issued shall conform substan- 
tially to the form approved by the Commission. 


8. Such permits shall contain proper and appropriate in- 
structions and conditions and must at all times be carried in the cab 
of the motor vehicle while in operation on the highways of the State 
of Oregon. 


9. Any permit issued may be for the duration, but in any 
event shall expire one year from date thereof but may be renewed in 
the disrection of the Commission. Each permit shall contain not only 
the date of issuance but its expiration date. 


10. Any permit issued pursuant to the policy and authority 
of this resolution shell be subject in all respects to the regulatory 
powers of the Federal Government and of the Public Utilities Commis- 
sioner of the State of Oregon. 


ll. The sole purpose and object of this resolution is to 
provide for the existing emergency and for the duration, and there- 
fore all persons are expressly warned against the purchase of equip- 
ment or the making of investments on the theory or assumption that 
the policy which by this resolution is established will in any sense 
become permanent or be extended beyond the duration or that the priv- 
ileges provided will be continued beyond the period of the emergency. 


12. In addition to issuance of permits for the transportation 
of property over the highways listed on the attached sheets, itis rec- 
ognized that there are other highways in the State over which it may 
become necessary in national defense to transport defense materials. 
With respect to such highways a permit or permits may be issued for 
a single or isolated movement under the conditions and requirements 
which now prevail for similar movements in connection with. which per- 
mits are now, under the existing policy of the Commission, issued.*# 


¥#(See Emergency Transportation Permit, form No. E-235-10M-3-42) 
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The meeting was adjourned sine die at 10:00 p. m. 


er Harare P: . C AL! 
State Highway Engineer airman 


Ye tte ar, EC 


brs eteceg = / rey 
Secre “xe HALE 


Commissioner 


eer’ 


10897 


before completing the payments; and that provision should be made that the 

company would not lose its rights in the event it ceased operations for short 

periods of time. Under the presenc arrangement, he explained, the company Ly 
would lose its rights if its operations were carried on intermittently. It i 
was the thought of the Commission that the mining company should be given a 
reasonable length of time within which to complete this transaction regardless 
of whether or not its operations are continuous or intermittent and, accord- 
ingly, the Commission set five years as such time limit, it being understood 
that if the company has not paid its obligation within such five-year period 
then its use of the property shall cease and the state shall retain ownership 
to the minerals situate thereon. The Attorney was instructed to incorporate 
the above decisions in the form of agreement with the company. 


The Engineer iiought up for discugsion matters pertaining to forest 
highway funds which, according to the latest advice, have been "frozen" by the 
federal government on account of the war situation. He particulerly pointed 
out the need to surface a four-mile section of the John Day Highway east from 
Prairie City, which section, he said, now has only a rough rock surface that 
is difficult to travel. He sugtested that it would be advisable to smooth- ; 
surface this section and provide a light oil treatment which would be satis- : 
factory until the return to normal times. He estimated the cost of such work 
at $25,000. The Commission approved the project and authorized the taking of 
bids for same at the next meeting. 


County Judge Nelson B. Higgs of Harney County was present and asked * 
for the following improvements: (1) Resurfacing of the Stinkingwater Mountain 
Section of the Central Oregon Highway which, he said, is in bad condition. He 
was informed by Chairman Cabell that the Commission does not have funds to fi- 
nance the work at the present time due to war conditions. (2) Construction 
of the Burns Airport Road which begins at a point on the Burns-Crane Highway 
five miles east of Burns and extends northerly 4 distance of about two miles. 
The Engineer explained that this road is not on the state highway system but 
could be constructed as an access road, using federal funds, if it were certi- 
fied by army authorities; otherwise there are no funds available, (3) Improve- 
ment of the Diamond State Secondary Highway. Judge Higgs advised that certain 
sections of this road are badly in need of improvement, being practically im- 
passable during certain times of the year. The matter was referred to the En- 
gineer for investigation. 


The County Court of Lane County, represented by County Judge Clinton 
Hurd and County Commissioners W. J. Holland and Allen P. Wheeler, and County 
Engineer P. M. Morse came before the Commission in regard to the construction 
ef a roadway leading to the Eugene Fruitgrowers Cannery, in Bugene. They ad- 5 
vised that, under the present arrangement for one-way travel on High Street, 
the only access to the cannery is via a roundabout course, which is very in- 
convenient and unsatisfactory. They asked the Commission to modify its pres- 
ent plan and provide for two-way traffic on High Street or to construct an en- 
tirely new road on a diagonal from the High Street-Sixth Avenue intersection. 
The Engineer advised that he has investigated three alternate solutions for 
this problem, all of which include a revision of the High Street-Sixth Avenue 
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COMBINATION BIDS ON THE NORTH AND SOUTH UNITS 
ANTELOPE CREEK-MEDFORD SECTION 


North Unit South Unit Lump Sum Total 
Reduction Combined Bid 
Leonard & Slate and Jacobsen- 
Jensen Company $362,275.00 $421,337.00 $15,000 $768 ,612.00 
McNutt Brothers 345,539-00 443,433.00 - - 788,972.00 


PACIFIC HIGHWAY 
GRAVE CREEK-JUMPOFF JOE CREEK SECTION 
SURFACING AND BITUMINOUS MACADAM 


McNutt Brothers $147,818.00 
E. C. Hall Company 149,091.00 
Babler Brothers 165,100.00 


PACIFIC HIGHWAY EAST 
HARRISBURG BRIDGE SECTICN 
REPLACE PILE TRESTLE APPROACH 


Tom Lillebo $102,544.00 
S. S. Montague 120,508.40 
Lindstrom Brothers 136,480.00 
C. J. Eldon 144,810.00 


PORTLAND AIR BASE EAST ACCESS ROAD 
AIR BASE-COLUMBIA BOTTOM ROAD SECTION 
GRADING AND PAVING 


Parker-Schram Company $6,963.00 
Porter W. Yett 7,261.00 
SALE OF TRACT OF LAND NEAR BANKS 

Emil H. Duyck $1,670.00 


Senator Wm. E. Walsh, Marshfield, attorney for certain chrome mining 
interests, came before the Commission in regard to an agreement heretofore 
reached between such interests and the Commission with respect to a Port Orford 
Cedar Park tract in Curry County, title to which the Commission is transferring 
to the mining company. (See previous record for terms of original agreement) 
Senator Walsh asked the Commission for the privilege of paying the agreed sum 
of $10,000 sooner than the time specified in the agreement if the company so 
desires. He explained that the company may wish to settle for the property in 
full prior to the time called for in the agreement and in such event would want 
the deed to the property and the mineral rights at that time. The Commission 
agreed to such modification. 


Senator Walsh asked the Commission for clarification of the provisions 
with respect to the $10,000 payment if such sum is paid in increments out of pro- 
ceeds of production. He gave as his thought that the company should not be re- 
quired to pay the full amount of the $10,000 if it should abandon the project 
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pending the making of a definite survey of the boundaries. The Engineer was 
authorized and instructed to make such survey as soon as possible and to pre- 


pare descriptions as may be necessary for use of the Attorney in negotiating 
the purchase. 


The Engineer reported on investigations relative to the rerouting of 
the Pacific Highway West (Highway No. 99W) to accommodate the United States 
Army cantonment north of Corvallis. He exhibited a map showing the proposed 
routing which commences at a point approximately two miles north of the Polk- 
Benton County line and extends northerly approximately parallel to the present 
highway to a connection with the present highway about one and one-half miles 
south of Rickreall. He explained that there are several alternate routes that 
could be used but from the standpoint of constructing a permanent highway the 
proposed line is best notwithstanding that it will cost somewhat more than the 
others. He pointed out that the money budgeted to finance the present improve- 
ment is insufficient to construct the project throughout its entire length and 
suggested, until guch time as additional funds become available, that the 
construction now to be undertaken be limited to the section south of cemetery 
hill, south of Monmouth, where a feasible connection with the present highway 
could be effected. This matter was discussed at considerable length during 
which the Commission indicated a favorable attitude toward the adoption of the 
plan recommended by the Engineer. It was decided to discuss the matter with 
Dr. C. A. Howard, President, Oregon College of Education, Monmouth, from that 
standpoint when he appears at this. session. 


The Engineer also brought up for discussion the bids received at 
this meeting for the construction of the Independence-Granger County Road. 
He pointed out that the low bid for the work is slightly more than ten per 
cent above the Engineer's estimate. He recommended in view of the urgency of 
the improvement that the :ontract be awarded to the low bidder, notwithstand- 
ing this slight difference and that it is not in strict conformance with the 
Commission's established policy. The Commission approved the recommendation. 


The Engineer also advised that the people of Independence and vi- 
cinity are extremely anxious that this road be designated a state secondary 
highway, from Granger to Independence, and that it be improved throughout to 
state standards because the highway is vital to the proper functioning of the 
army cantonment and in their estimation the improvement is ea state obligation. 
The Commission deferred action on the matter. 


Dr. C. A. Howard, President, Oregon College of Education, Monmouth, 
and Dr. R. E. Kleinsorge, Silverton, member of the State Board of Higher Educa- 
tion, appeared before the Commission in regard to the proposed improvenent of 
the Pacific Highway West through Monmouth. Dr. Howard explained that the pres- 
ent road passes through the college campus and they are particularly interest- 
ed from the standpoint of providing greater safety to college students. He 
particularly urged the rerouting of the highway on some other location when 
the permanent improvement is undertaken. The Engineer explained that alter- 
nate routes are being considered by the Commission. He advised that, regard- 
less of which route the Commission selects, it would not be possible to build 
the entire section now because there are insufficient funds aveilable to pay 
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intersection. One of these plans, he said, is the one mentioned by the county 
court; the second is the use of the alley which parallels the Southern Pacific 
Company's tracks about one block east of High Street, with a crossing of Mill 
Creek on an extension of Seventh Avenue; ani the third requires the use of this 
alley clear through to Eighth Avenue with an entrance to the cannery from Eighth 
Avenue. He favored alternate No. 1 which, he said, is the cheapest of the three 
and is estimated to cost about $13,000. He pointed out that the Highway Commis- 
sion does not have authority to spend state funds for either right of way or 
construction of any of the alternates except for the revision of the High Street- 
Sixth Avenue intersection, so whatever plan is adopted it would be up to the 
city or the county to finance the work, except that involved at this intersec- 
tion. 


Chairman Cabell explained that the Commission adopted one-way traffic 
on High Street as a control for Pacific Highway travel through Eugene, and that 
any alteration in the traffic routing, as adopted, would disrupt the entire plan 
so the Commission is not inclined to make such alteration, He favored the re- 
vision of the High Street-Sixth Avenue intersection as suggested by the Engineer, 
provided arrangements are made by the city or the county to finance the balance 
of the improvement. Commissioners Clough and Oliver concurred and the Engineer 
was thereupon authorized to reconstruct the intersection in conformity therewith, 
when arrangements have been made for financing the balance of the work. Judge 
Hurd advised that the court would consult with the city officials in an endeavor 
to work out an arrangement for financing the roadway construction. 


The County Court also brought up for discussion matters pertaining 
to the "Route F" Highway (Richardson-Bugene Secondary State Highway No. 220). 
They advised that the oiled surface constructed last year on a portion of this 
road is in bad state of repair, and as a result traffic has to use the Elmira 
Road. The Engineer advised that he is aware of this condition and thet it is 
his intention to make necessary repairs this spring. 


The County Court also asked that the present improvement on this high- 
way be extended about 4,100 feet east from Fisher crossing so as to eliminate 
the right angle turn at the present crossing where numerous accidents occur. 

A new crossing of the railroad at such point, they said, would eliminate the 
present hazard, and they urged the improvement from the safety standpoint. The 
Commission denied the request on account of lack of funds with which to finance 
the work. 


Mr. F. B. Wire, State Game Supervisor, was present and conferred with 
the Commission relative to the proposed purchase by the Highway Department of 
certain Game Commission property at Union, Oregon. The Engineer advised that 
inspection of this property reveals that it could be used to good advantage for 
state highway purposes. He suggested purchase of the same for $5,500, notwith- 
standing that about one acre is to be reserved for the use of the Union County 
Sportsmen's Club for its cluthouse and trapshooting grounds, provided that the 
southerly boundary of such reserved area shall not extend more than 50 feet 
south of the clubhouse. He presented a map showing the reserved ares and ap- 
proximate location of the tuildings. The Commission appeared favorably inclined 
to purchase this property but deferred a definite decision relative thereto 


happened that the building was placed so that it encroached a short distance 
on the old highway right of way and, in view of the fact that Mr. Prewett was 
not responsible for the error, the state agreed to deed to Mr. Prewett a small 
area involved in the encroachment rather than go to the expense of moving the 
building back. The deed of conveyance, he said, was never given to Mr. Prewett 
who has since sold the property to a Mr. Vincent L. Moore, who is desirous of 
having the matter consummated. Mr. Krause asked the Commission to quitclaim 

to Mr. Moore sufficient area that would allow him full use of his property with- 
out trespassing on the state's property. The Attorney verified Mr. Krause's 
allegations whereupon the Commission approved deeding to Mr. Mocre by quit- 
claim deed the property heretofore agreed upon. The property thus to be con- 
veyed shall be eight feet wide so as to permit Mr. Moore to pass around his 
building without trespassing on the old right of way. 


Mr. Krause then suggested that the Commission might prefer to abandon 
the old road between its junction with the present highway and the stock pile 
that is being maintained by the state a short distance back of Mr. Moore's 
house. Access to the stock pile, he said, is available to highway department 
employees over another roadway. He particularly requested such abandonment so 
as to eliminate noise and confusion caused by people who "party" on the old 
roadway near Mr. Moore's residence. He suggested, if the Commission could not 
see fit to abandon this roadway, that it be closed so that people could not 
enter. The Commission took under advisement the matter of abandoning the road- 
way and instructed the Engineer to ascertain whether or not it would be advis- 
able to do so. Mr. Krause was given to understand that whatever its decision, 
the Commission would execute a deed in favor of Mr. Moore conveying an eight- 
foot strip of land past Mr. Moore's house. Mr. Krause is to be given a reply 
within 15 or 20 days. 


Mr. Carl Jacobsen, contractor, of the firm of Jacobsen-Jensen Com- 
pany who, with Leonard & Slate, submitted the low combination bid at the morn- 
ing session for the construction of the North and South Units of the Antelope 
Creek-Medford Section of the Crater Lake and Pacific Highways, in Jackson 
County, came before the Commission and urged acceptance of this bid. He gave 
as his understanding that the bid is considerably in excess of the Engineer's 
estimate and there is a question whether or not the Commission will award the 
contract. He gave reasons for the excessive amount of their bid. The Commis- 
sion took the matter under advisement. (The Commission on the following day 
decided to reject the combination bid.) 


Messrs. H. H. Pearce and J. M. McLoughlin, president and secretary, 
respectively, of the Parkrose Chamber of Commerce, were present regarding 
traffic signals gn Sandy Boulevard at its intersection with 89th Avenue, 99th 
Aveme and 105th Avenue. They advised that some time ago they wrote the Com- 
mission requesting that the existing lights at these intersections be changed 
from the flashing-type signals to the red and green stop-and-go signals but 
the request was denied, the reason given being that the expense of such change 
did not appear to be justified. They gave as their thought that something 
should be done to insure greater safety to traffic at these points and suggest- 
ed, if the Commission could not see its way clear to install the stop-and-go 
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the costs involved, so the Commission has tentatively decided to limit construc- 
tion to the section south of the cemetery hill, with a temporary connection with 
the existing highway at the north side of this hill. This plan, he said, pro- 
vides for the use of the existing highway through Monmouth until such time as 
additional funds are made available that would make it possible to extend the 
improvement. Dr. Howard approved such plan but requested the opportunity to 


discuss with the Commission the improvement north of the cemetery hill before 
the Commission makes a definite selection as to the route, particularly if the 
plans provide for the retention of the existing route through the tow of 
Monmouth as a permanent proposition. The Commission approved Dr. Howard's re- 
quest and thereupon by unanimous vote authorized the Engineer to make surveys 
as may be necessary to establish a new location for this highway between Cor- 
vallis and Rickreall, He wes also authorized and instructed to prepare plans 
and specifications for the immediate construction of the section along such new 
route, between Corvallis and the cemetery hill south of Monmouth, and to ad- 
vertise such project for bids to be received at the earliest possible time. 


Coynty Judge A.R. Bowman, Crook County, was present and asked the 
Commission to surface an ll-mile section of the Crooked River Primary Highway 
south from its junction with the Crooked River-Paulina Secondary Highway. He 
advised that it is extremely difficult to drive ea car over this section during 
the winter season on account of its slippery condition and similar difficulties 
are encountered in the summer months just after rains; in fact, the road was 
closed for a time during the past winter. He estimated that it would cost about 
$4,500 to place a light coating of rock on the grade which would serve as a tem- 
porary exredient until the Commission could provide a permanent. improvement. 

He was informed that the Commission cannot provide a standard improvement be- 
cause of lack of funds but will have an investigation made by the Engineer to 
ascertain just whet is needed to place the road in passable condition, it being 
understood that if the Commission can spere the funds it will authorize the work 


to be done. 


Judge Bowman also asked the Commission to retain jurisdiction over 
x sectiou of the old Ochoco Highway between Marks Creek and Mill Creek which 
tive Commission abandoned some time ago when the highway was reconstructed on 
other alignment. It was his thought that the old road could be used to good 
advantage as a stock driveway and that it is the state's obligation to main- 
tain it as such. The Commission instructed the Engineer to investigate the 


matter and report his findings. 


The Commission adjourned st 12:15 p. m. and reconvened at 2:00 p. m. 
in the same room with all Commissioners present and participating. Also pres- 
ent were the State Highway Engineer, the Attorney and the Secretary. 


Mr. L. L. Krause, attorney, Toledo, came before the Commission in 
regard to a right of way matter affecting property owed by Mr. V. L. Moore at 
Toledo. He advised that when the Corvallis-Newport Highway was realigned at 
Toledo the Commission purchased right of way from a Mr. Prewett and one of the 
conditions of the purchase was that the state would move Mr. Prewett's residence 
and re-establish it on another location. This was done, he said, tut it so 


“Redmond Rock Production Project on four state highways, in 
Crook and Deschutes Counties. Requires approximately 12,500 cu. yds. 
crushed gravel in stock piles. A. C. Suhre dba Bend Sand & Gravel 
Company, Bend, submitted the low bid for this project, in the amount 
of $18,936.49. E. C. Hall Company, Eugene, submitted the next-low 
bid, in the amount of $22,260.00. There was only one other bidder. 
The Commission awards this contract to A. C. Suhre dba Bend Sand & 
Gravel Company, at his low bid of $18,936.49. 


“North and South Units of the Antelope Creek-Medford Section of 
the Crater Lake and Pacific Highways, in Jackson County. The bids 
for these units were submitted separately and also in combination. 
The Commission has deferred a decision with respect to both of these 
jobs but will announce its decision at 2:00 p. m. tomorrow at a special 
meeting in the Imperial Hotel. The results of the bids on both jobs 
are as follows: 


"North Unit, Antelope Creek-Medford Section of the Crater Lake 
Highway, in Jackson County. 4.91 miles grading and paving. Berke 
Bros., Portland, submitted the low bid for the construction of this 
unit at $312,887.50. McNutt Bros., Eugene, submitted the second-low 
bid at $345,539.00. They qualified their bid by stating that they 
would not accept this project unless also awarded the contract for 
the construction of the South Unit. Leonard & Slate and Jacobsen- 
Jensen Company, Portland, submitted the third and only other bid for 
this work at $362,275.00. They likewise stated that they would not 
accept this contract unless also awarded the contract for construction 
of the South Unit. However, they agreed to accept a $15,000 reduction 
if awarded both jobs. 


"South Unit, Antelope Creek-Medford Section of the Crater Lake 
and Pacific Highways, in Jackson County. 4.0 miles grading and pav- 
ing. Leonard & Slate and Jacobsen-Jensen Company, Portland, submit- 
ted the low joint bid for this project in the amount of $421 , 337.00. 
They qualified their bid ty stating that they would not accept this 
project unless also awarded the contract for the North Unit, and 
further stated that they would reduce the amount of their bid in the 
sum of $15,000 if awarded both units. McNutt Bros., Eugene, submit- 
ted the only other bid for this job, being in the amount of $443,433. 
They likewise stated that they would not accept this project unless 
also awarded the contract for the construction of the North Unit. 


"Combination bid for both North and South Units, Antelope Creek- 
Medford Section of the Crater Lake and Pacific Highways, in Jackson 
County. Leonard & Slate and Jacobsen—Jensen Company, Portland, were 
low with a joint bid of $768,612.00. McNutt Bros., Eugene, submitted 
the only other combination bid at $788,972.00. 


"Grave Creek-Jumpoff Joe Creek Section of the Pacific Highway, in 
Josephine County. 6.01 miles surfacing and bituminous macadam; also 
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signals, that it might change the amber lights to red lights in the existing 
flashing signals, which would require east and west traffic on Sandy Boulevard 
to come to a stop before proceeding through these intersections. Traffic on 
Sandy Boulevard, they added, is steadily increasing and they are fearful that, 
if something is not done to increase traffic safety, serious accidents will 
result. The Commission agreed to have the matter investigated. : 


Mr. Pearce also asked the Commission to repaint the pedestrian traf- 
fic stripes across the highway at these intersections, the existing stripes 
being practically obliterated by traffic. The matter was referred to the En- 


gineer. 


Mr. Pearce inquired as to the Commission's plans for widening Sandy 
Boulevard between 82nd Avenue and 122nd Avenue, which project he understood 
has previously been approved by the Commission. Chairman Cabell replied that 
it is true the Commission promised this project but since the commitment was 
made conditions have changed and the country is now at war; also, that federal 
funds with which the Commission expected to finance the improvement have been 
tied up and cannot be used unless the expenditure has first been approved by 
the army authorities and there is 4 question whether or not this particular 
project meets the army requirements. Furthermore, there is a question of 
priorities for materials and supplies; however, the Commission intends to se- 
cure army approval of the project if possible and, if attempts are successful, 
will proceed with the work. Commissioners Clough and Oliver confirmed Chairman 


Cabell's statement. 


Mr. Pearce then brought 2p the question of securing extra right of 
way for this improvement beyond 102nd Avenue, particularly iu front of the 
cemetery. He suggested that the Parkrose Chamber of Commerce could assist in 
securing such right of way if the Commission cared to have its help. Chairman 
Cabell expressed appreciation for the offer and referred the matter to the 


Attorney. 


At 3:00 p. m. Chairman Cabell announced the following awards of con- 
tracts and sale of tract of land, bids for which were received by the Commis- 
sion at the morning session, such awards having been previously epproved by 


the Commission by unanimous vote: 


"Baker Rock Production Project on three state highways, in Baker 
County. Requires approximately 5,000 cu. yds. crushed gravel in stock 
piles. No bids were received on this project. 


"Wells-Granger Section of the Independence-Granger County Road, 
in Benton County. 4.5 miles grading, surfacing and bituminous macadam. 
McNutt Brothers, Eugene, submitted the low bid for this project, in the 
amount of $99,915.50, based on the use of tar, and the same amount, 
based on the use of asphalt. Leonard & Slate, Multnomah, submitted 
the next-low, and only other bid, in the amount of $105,465.00, using 
tar. They did not submit a bid based on the use of asphalt. The Com- 
mission awards this contract to the low bidder, McNutt Brothers, at 
their low bid of $99,915.50, based on the use of tar. 
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The Engineer advised that it would cost about $250,000 to construct 
a minimum type road that would bear the traffic that this road will carry, in- 
cluding cost of bridges. Chairman Cabell summed up the situation from the 
Commission's standpoint by stating that the Commission does not have money 
available to pay such expense but will be glad to consider it if the govern- 
mental authorities consider that the road is of sufficient importance to qual- 
ify as a military road and will so certify to the end that federal access road 
moneys may be obtained to finance the cost. As to designating the road a state 
secondary highway, he said the Commission is not in position today to make a 
decision but will take the matter under advisement. This concluded the confer- 
ence. 


Chairman Cabell was excused from the meeting at this time. 


Mayor H. M. Austin and Councilmen L. H. Shorey, Fred Hecker, Elmer 
Mattson, and K. Smith, Woodburn, were present in regard to the improvement of 
Young Street, Woodburn, between the business district and the Pacific Highway. 
Mayor Austin was spokesman. He asked the Commission to widen this street, 
which is a state secondary highway route, construct curbs and improve drainage 
facilities so as to provide a full paved or oiled street between curbs with 
suitable facilities for carrying off water. He advised that the city would con- 
tribute toward such work a sufficient amount to pay for all of it except the 
grading work, surfacing, oiling and the removal of the old concrete curb. The 
Engineer estimated the total cost of the project at $21,000 of which amount, he 
said, the city's share would be approximately $10,893.00. He gave as his opin- 
ion that this is a meritorious project and advised that he would recommend it 
if the status of the Commission's finances would permit the expenditure which 
it does not at the present time. Commissioner Clough explained the status of 
the Commission's funds and advised that, because of shortage of funds, it is 
very doubtful that the Commission could authorize the improvement. However, 
the matter will be given due consideration. Mr. Austin advised that they are 
not asking for immediate relief but simply want the Commission to bear the 
matter in mind inasmuch as the property omers want to improve their holdings 
by constructing sidewalks, curbs and storm sewers. 


Mr. Porter W. Yett, contractor, came before the Commission and re- 
quested relief from payment of the penalty that has been imposed on him for 
failure to complete his contract No. 2472, for grading, surfacing and construc- 
tion of bituminous macadam on the Vollmer Creek and Necanicum Junction Sections 
of the Wolf Creek Highway, in Clatsop County, within the specified time limit. 
He alleged that he could not complete this project within the specified time 
because of difficulties in securing labor, material and supplies. Construction 
Engineer Smith advised that the reason given by Mr. Yett for failure to com- 
plete the project on time is substantially correct. He recommended cancella- 
tion of the penalty which amounts to $501.88. The State Highway Engineer con- 
curred, The Commission approved the recommendation. 


The matter of relieving the City Motor Trucking Company (Porter W. 
Yett) from payment of the penalty heretofore imposed on it for failure to com 
plete its contract, No. 2331, for grading and paving the Rainier Section of the 
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furnishing 3,400 cu. yds. crushed gravel in stock pile. McNutt Brothers, 
Eugene, submitted the low bid for this work, in the amount of $147,818.00. 
E.C. Hall Company, Eugene, submitted the second-low bid, in the amount 

of $149,091.00. There was one higher bidder. The Commission refers 

all bids received for this project to the Engineer with power to award 
the contract to the low bidder when certain conditions have been sat- 
isfied. 


"Harrisburg Bridge Section of the Pacific Highway East, in Lane 
County. Remove approach at southerly end of bridge over Willamette 
River at Harrisburg and construct new approach. Tom Lillebo, Reed- 
sport, submitted the low bid for this project, in the amount of 
$102,544.00. S. S. Montague, Portland, submitted the next-low bid in 
the amount of $120,508.40. There were two higher bidders. The Commis- 
sion refers all bids received on this project to the Engineer with 
power to award the contract to the low bidder when certain conditions 
nave been satisfied. 


"Air Base-Columbia Bottom Road Section of the Portland Air Base 
Bust Access Road, Multnomah County. 0.16 mile grading and paving. 
Parker-Schram Company, Portland, submitted the low bid for this work 
in the amount of %6,963.00. Porter W. Yett, Portland, submitted the 
next~low, and only other bid, in the amount of $7,261.00. The Com- 
mission refers these bids to the Engineer with power to award the 
contrect to the low bidder when certain conditions have been fulfilled. 


Sal: of Tract of Land Near Banks 


"Emil H. Duyck, Banks, submitted the only bid for this tract, in 
the amount of $1,670.00. The Commission refers this bid to the Attor- 
ney with power to sell the property to Emil H. Duyck at his bid of 
$1,670.00 when certain conditions have been fulfilled." 


A delegation from Polk and Benton Counties, consisting of County Com-— 
missioner W. H. Malone, representing the Benton County Court; County Judge 
Herman Van Well and Commissioners Fred Gibson and H. H. Brant, representing 
the Polk County Court; Senator Dean H. Walker, E. L. Gray, Glen C. Smith, R. 

M. Walker, and Melford Nelson all of Independence, came before the Commission 
in regard to the Independence-Granger County Road. Senator Walker was spokes- 
man. He urged the Commission to designate this road a state secondary highway 
and to improve it to state highway standards, including surfacing and oiling, 
throughout its entire length and later to extend the improvement into Salem 
via the South River Road. He urged the improvement from the standpoint of 
traffic safety and relieving Highway No. 99W of traffic through the United 
States Army Cantonment north of Corvallis, and advised that, according to 
Colonel Des Islet, the improvement is e real need from a military necessity. 
Mr. Malone endorsed Senator Walker's remarks and advised that, so far as Benton 
County is concerned, it does not have funds available to pay increased main- 
tenance cost on count’ roads that is bound to result from the establishment 
of the cantonment in this vicinity. Judge Van Well advised that Polk Oounty 
likewise is unable financially to assume such expense in Polk County. 


about $30,000 to grade and surface this l4-mile section. He doubted it would 
be possible to secure governmental priorities for the project. Commissioner 
Clough advised that the Commission has no funds available at the present time 
except those needed to finance highways of military importance, and in view 
thereof the Commission has no alternative but to deny the request. However, 
when times return to normal the Commission will be pleased to reconsider it. 
Commissioner Oliver concurred. 


Mr. Moehnke then asked the Commission if it would authorize him to 
fix up the present road with his om equipment and at his own expense. The 
Commission appeared favorably inclined but deferred a decision pending inves- 
tigation and report by the Engineer. The Engineer was thereupon instructed to 
inspect the premises and, if he considers it advisable, to work up some sort 
of a proposition for Mr. Moehnke to fix the road, using his own equipment. A 
report on the matter is to be presented to the Commission when the investiga- 
tions have been made. 


Mr. Jay Gould, representing System Freight Service which operates 
between Washington, Oregon and California points, wes present and inquired as 
to the possibility of securing a permit to transport prefabricated airplane 
tails over state highways from Portland to California, involving an overall 
width of approximately 8 feet, 10 inches and an overall height ef approximately 
13 feet, if two of the tails are loaded on a truck. He asked for a blanket 
permit covering the excess dimensions. Commissioner Clough stated that it is 
contrary to the Commission's established policy to grant blanket permits cov- 
ering overwidth features; however, in this particular instance, in view of the 
fact that the commodity to be hauled is for national defense purposes, the 
Commission will give special consideration to the request but is not in posi- 
tion to make its decision today. Furthermore, it cannot make a decision until 
the exact overall dimensions have been furnished the Commission. After fur- 
ther discussion it was agreed that Mr. Gould shall furnish the State Highway 
Engineer with the exact dimensions of the loads when they have been definitely 
determined. The question whether or not the permit will be issued will then 
be decided. 


A delegation from Albany and Sweet Home, consisting of Archie Hessman 
and C. H. Wheeler, representing the McDowell Creek Logging Company; Fred 
Lemery and J. L. Ray, representing the Evans Products Company; H. C. Patton, 
representing the Hammond Lumber Company; L. V. Manthe, representing the Albany 
Plylock Company; and John Powers, representing the Vancouver Plywood Company, 
came before the Commission and asked for the lifting of the penalty now im- 
posed on log haulers for overloading, which penalty consists of a fine and the 
loss of PUC plates for a period of four days for each offense. Mr. Hessman 
was spokesman. He urged the Commission to waive the four-day suspension of 
operation of equipment involved in the overloads and to increase the amount 
of the fines for such violations. In support of his request he advised that 
logs that they are hauling are all for filling defense orders and it is ur- 
gently demanded that the orders be filled at the earliest possible time. The 
suspension of the hauling equipment, he said, interferes greatly with the fil? 
ing of these orders and they cannot afford to lose the services of any truck 
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Columbia River Highway, in Columbia County, was also considered. The Engineer 
advised that he has investigated this matter and it is his opinion that the 
full amount of the penalty should not be charged against the City Motor Truck- 
ing Company. He recommended that the penalty be reduced 50 per cent. The Com- 
mission approved the recommendation. 


A delegation from Cannon Beach, headed by Mr. Carl E. Davidson, at- 
torney, and including Norman N. Rupp, R. J. Greer, G. R. Van Vleet, and Duncan 
Shields, came before the Commission relative to the hauling of logs over the 
Wolf Creek Junction-Cannon Beach Section of the Oregon Coast Highway. Mr. 
Davidson advised that Mr. Van Vleet ows a tract of spruce timber south of 
Cannon Beach end it is necessary for him to move his logs over the Oregon 
Coast Highway to a dumping point near Astoria, there being no other route 
available; also that there will be 15 or 20 loads to be hauled daily and that 
the material is for defense purposes. He asked the Commission to authorize log 
hauling over this section during the summer months, which is now prohibited, as 
is now being done during the winter season. Mr. Shields stated that he is in 
business at Cannon Beach and in his estimation log hauling on this road will 
not endanger beach traffic. Furthermore, logging operations will not be det- 
rimental to his business. Mr. Greer endorsed the remarks of Mr. Shields. Mr. 
Rupp, owner of the timber, stated that he has wanted for a long time to sell 
this timber but could not do so because of regulations imposed by the Highway 
Commission relative to the hauling of logs over state highways. He also said 
that the spruce timber is needed badly as airplane stock. 


Commissioner Clough advised that the Commission's first concern is 
to provide the best possible safety to the traveling public and there is a 
question whether or not the Commission will be doing the right thing by per- 
mitting log hauling on this road during the summer months when beach travel 
is heavy. Commissioner Oliver concurred; however, suggested that inasmuch as 
the Commission wants to help the logging industry as much as possible that log 
hauling be permitted on this section until July 1, 1942, as a trial proposition, 
which would be a 30-day extension of the present time limit. After further 
discussion, the Commission approved Commissioner Oliver's suggestion. The En- 
gineer was instructed to watch traffic conditions during this time, the results 
thereof to be given to the individual members of the Commission on July 1 by 
telephone when a decision will be made whether or not to extend the privilege. 


Mr. D. F. Moehnke, manager of the 3-M Logging Company, Alsea, Oregon, 
headed a delegation, including Norman Rupp, C. E. Bowen, Geo. W. Hendrix, 
Norman Sapp and County Commissioner W. H. Malone of Benton County, which ap- 
peared before the Commission and requested the improvement of a 13-mile sec- 
tion of the Alsea-Deadwood Secondary State Highway between "Batdorf's place" 
and the "foot of the mountain". They explained that the highway has been con- 
structed, and is in fine condition up to Batdorf's place, and that it has 
been graded for a considerable distance beyond the foot of the mountain, leav- 
ing only this 1-mile intervening section to be graded and surfaced, the clear- 
ing work and grubbing already having been completed along the adopted alignment. 
The present road, he said, is very narrow and crooked and it is difficult to 
operate logging trucks over the same. The Engineer advised that it will cost 
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This one~mile section, he said, will cost about $8,000 to grade and the county 
does not have the money to pay for the work. He inquired whether or not the 
Highway Commission will proceed with the su facing and oiling of the six miles 
yo te pagameaaaag that the county is unable to fulfill its obligation in its 
entirety. 


Mr. Oscar Cutler, Assistant Staff Engineer, advised that he made a 
personal inspection of the road and is satisfied that it is not absolutely 
necessary to regrade the one-mile section mentioned by Judge Allen. He gave 
as his opinion that a light oil treatment on the present roadway would suffice 
although the six miles west from Terrebonne must be surfaced before it can be 
oiled. In reply to an inquiry from the State Highway Engineer, Judge Allen 
advised that the county would rock surface the entire section, which was to be 
a state obligation under the original agreement, if the state will co the oil- 
ing work and will spend on some other county road an amount equiveient to the 
county's expenditure for such surfacing. After further discussion the follow- 
ing arrangement was finally agreed upon: Deschutes County will finish the 
grading work on the six-mile section west of Terrebonne and will place a rock 
surface on the same. This eliminates further grading or sarfacing work on the 
one-mile section adjacent to the Oromite Plant. The stxce will furnish oil 
rock and construct an oii surface on said six-mile scction and will place a 
light oil treatment on the additional one-mile section. Deschutes County 
will be given credit for the rock surfacing work and the state will spend a 
like sum of money at some future date for the improvement of some other county 
road. The arrangement is to be covered by written agreement between the state 
and the county. 


Judge Allen renewed the county's request for the oiling of a four- 
mile section of the Cline Falls Secondary Highway No. 373 north from the town 
of Tumalo; and for the oiling of a three-mile section of the Tumalo-Deschutes 
Secondary State Highway No. 374 east from Tumalo. The Commission expressed 
regrets that it cannot do such work because funds are not available to finance 
it. 


The meeting was adjourned at 6:15 p. m. to reconvene the following 
morning in the Imperial Hotel. 


Portland, Oregon, March 20, 1942 


The State Highway Commission reconvened at 9:00 a. m. in Room 415, 
Imperial Room, Imperial Hotel, with all Commissioners, the State Highway En- 
gineer, the Attorney and the Secretary present. 


The Attorney brought up for discussion matters pertaining to the 
collection of fines and penalties for violation of the traffic laws, partic- 
ularly those arising out of activities of state police officers. It appears 
that in numerous instances Justices of the Peace, who try these cases, impose 
no fines but do require the defendant to pay court costs which are applied 
toward the payment of the salaries and expenses of the Justices, and in such 


in view of the emergency. It was his thought that the increasing of the fine 
would solve the problem satisfactorily, and there would be an advantage in that 
the trucks would not have to be taken out of service which is particularly in- 
portant at this time in view of the fact that it is practically impossible to 
buy new equipment and that so many of the trucks are being taken off the log 
hauling service for other purposes. Mr. Powers advised that they would have 
no objections to the present rules and regulations if times were normal but 
times are not normal and the logs must be gotten to the mills so defense orders 
can be filled; the loss of any truck from log-hauling service, he declared, is 
a serious handicap. He suggested that the measuring of loads by log scale 
rather than by weight would be advisable. Mr. Patton advised that his company 
is operating shorthanded so fer as trucks are concerned, having lost nine 
recently, the owmers having secured other employment for them. He suggested 
the imposition of fines, only, for the first two offenses and the tying up of 
the trucks for a certain period for each offense thereafter. It was his thought 
that such solution would remedy the difficulty. 


Commissioner Clough advised that the gross load allowed by law is 
about all that the highways and bridges can carry with safety and, if greater 
loads are allowed, the roads would go to pieces and the logging operators then 
would be much worse off than they are under present conditions. He explained 
that the State Highway Commission has nothing whatsoever to say about the im 
position of fines and the only way in which the Commission can act to curb 
overloading is to require the penalty of suspension of the trucks involved for 
a period of time. As to changing the method of determining the size of the 
load, he advised that the law specifies weight measure rather than scale measure 
and such weight must be governed by density rather than by log scale. Commis- 
sioner Oliver concurred in the remarks of Commissioner Clough. He added that 
the logging problem is a very difficult one and the Commission is giving it a 
lot of study; also that the Commission sympathizes with the logging operators 
but it must protect the roads for general public use. It appeared to him to 
be as much to the interest of the loggers as it is to the state to keep the 
roads in good condition and that the solution of the problem is something that 
must be worked out by both sides to the controversy. The Commission is not in 
position at this time, he added, to make a decision in this matter but will 
give it serious consideration. (Reconsideration was given to this matter on 
the following day when Commissianer Cabell was present and it was decided at 
that time not to make any change in the present rules and regulations until 
the Commission receives & more general appeal for the change; however, the 
Commission indicated that it would try out the "fine-only" suggestion some 
time next summer when the highways have dried out.) 


The County Court of Deschutes County, represented by County Judge 
C. L. Allen and County Commissioners E. E. Varco and Ole Grubb, appeared before 
the Commission in the interests of the Terrebonne-Lower Bridge county road. 
The county court res accompanied by Messrs. M. A. Lynch, P. M. Houk, and a 
Mr. Stockton, all of Redmond. Jwige Allen headed the group. He advised that 
the county has nearly completed the grading work on the six-mile section west 
from Terrebonne and that there will be remaining, when this work is done, only 
the grading of the one-mile section adjacent to the Oromite Company's plant. 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Miner Creek-Spencer Creek Becki Oregon Coast Highway 
4250A-Kuhl, H. A. 2.65 $754.71+ per acre 


+ $500 Collins 


719l-Archer, P. H. 7, 1,521 sq.ft. 25¢ sq.ft., + $260 Collins 


(Correction) 


9518-Ross, P. M. 7.3 10,660 sq.ft. 17¢ sq.ft. + $6187.80 Benson 


Berger Ranch- es d Section, W eek Highwa 


10152-Williamson, C. F. 2.61 Lump Sum - Collins 


$3,500, Co} 
plus moving tlags.Est.21000 
5211-Stalder, Paul 25 per ucre +115 Collins 


$100 per acre 
$10 per acre + $14 McChesney 
9964-Clatsop County Lump Sum $1.00 « 


9958-Tidewater Timber Co. 


$50 per acre 
GRATIS 


9961-Wright-Blodgett Co., 

Limited Lump Sum - $1.00 
9964A-Smith, John H. Estete $50 per acre 
9966-Smith, John H. Estate, 

& David T. Waterhouse R/W $50 per acre 


$ 
9409-Rucker, Dale R acre + $15 Collins 
9408-Meyer, Ernest R/W acre " 
9414-Schmidt, Lizzie & R/W 2 acre, + 
Edward Krug 
9226-United States of America R/W $150 per acre 


" ; 
8673-Lyda, William H. RA 4.6 $200 per acre + $550 Devers 


Banger Bridge-Mist Section, Nehalem Highway 
$962A-Berg, Norman L.~et al Stock Pile 1.7 $100 per acre, + $73.50; 
Site less credit - State to 
convey 1.03 acres (old 
stock pile site) at 
$50 per acre McChesney 


cases the state receives no financial benefit whatsoever, which, in his estima- 
tion, is not fair and should be corrected if possible. The matter was discussed 
at considerable length but no action was taken thereon, the Commission consider~ 
ing it has no authority with respect to the imposition of fines. 


In this connection reconsideration was giver by the Commission to 
the request presented by the delegation from Sweet Home on the previous day 
for relief from penalty now in effect for overloading logging trucks, and the 
increasing of fines in such cases. The Commission decided not to make any change 
in the present regulations until it receives a more general appeal for such 
change; however, indicated that it might try out the "fine-only" arrangement 
sometime during the summer, when the roadways are dry, to determine whether or 
not such procedure would prove a satisfactory solution of this problen. 


The Attorney requested authority to acquire certain parcels of real 
property tuat are needed for various highway improvements throughout the state. 
He submitted a list of such properties, together with the price that he recom 
mended be paid for each parcel. After careful consideration the Commission 
approved the Attorney's request and thereupon adopted the following resolution 
in regard thereto: 


WHEREAS, in connection with the further improvement of the 
highways hereinafter designated, it is and has been necessary to ac- 
quire property for right of way, quarry sites, gravel or other mater~ 
ial sites, or sites for the storage of materials, as hereinafter more 
definitely set forth, and 


WHEREAS, as a result of negotiations carried on with the 
owners of the property required, options have been obtained, which 
options have been considered by the Commission, outlining the bases 
of settlement which have been agreed upon, and 


WHEREAS, it is the judgment of the Commission that the said 
options should be approved and accepted, and/or the said reports be 
declared acceptable to the State Highway Commission as bases of set- 
tlement for the properties involved, and that the acquisition of the 
properties should be completed: 


NOW, THEREFORE, BE IT RESOLVED that the several offers, or 
bases of settlement hereinafter enumerated be, and the same hereby 
are, approved and accepted, and that the Attorney for the State High- 
way Commission be, and he hereby is instructed to complete the acquis- 
ition of the said properties and to take title thereto in the name of 
the State of Oregon. The said properties hereby ordered and authorized 
to be acquired are as follows: 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Clatsop—West e Section, Oregon Coast Hi 
9842-Clatsop County I] & 


Scale Site 1.24 GRATIS Witt 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


9707-Koontz, M. V. & Co. 5 8,360 sq.ft. 3¢ sq.ft.+ $166.25 Gardiner 


10109-Dempsey, Frank — 0.18 $200 per acre, +$63.75 " 


10072-Baird, Jessie F. & a 0.093 $1,000 per acre, + 


N. E. Glass $95.60, + $140 Parker 
10097-Cochran, Willard & 

Geo. M. Plummer 
9445-Johnson, Louis 


0.011 $1,000 per acre ” 
0.147 $1,000 per acre, + 

$50 ° 

0.014 $1,000 per acre, +$50 " 

0.014 $1,000 per acre, +$50 " 
per acre, + 


10098-Cochran, Willard 
10095-Palmer, Gertrude E. 
10090-Richey, Oscar T. 


10089-Robinson, May B. per acre, + 


§ $ 355 35 


10096-Willis, Dan per acre 


8984-Peebles, Jennie a . Lump Sum - $50 Benson 
" 


8990-Mathews, Ernest & Leta R/W © . $125 per acre, +$1167 
Goff 
$986-Waske, George R/W 3.34 $125 per acre, + 
$1558.75 
8994-Edminson, M. W. R/W, Gravel 9.45 $125 per acre 
Pit, Haul Road 4.00 $100 per acre 
0.60 $100 per acre, + 
$1774.25 
8988-Givens, Jchn E. & R/W $125 per acre, + 969.25" 
G. J. DeVos 
$987-Merriam, Howard S. . acre, + $10 " 
9003-Winfrey, Carrie C. acre, + $9.75 " 
900l-Hammond, Leslie M. &  R/W& acre, + 
Lutheran Brotherhood Easement + $25 " 
g007-Tellefson, Betty Heirs R/W $100 per acre, + $37.50, 
+ moving building 
(Estd. $250) 
9005-McLeod, Charles 0.73 $100 per acr-2, + $140 
8996-Cary, Polly Dodge (1840 sq.ft.) 
0.042 $125 per acre 
8999-Coy, Blanche 1.28 $100 per acre, + $158.50 
$983-Trinka, Joseph F. 2.73 (3.0) Lump Sum ~ $5,500 
9006-Giustina, Mazie 0. 0.29 $100 per acre 
9004-Brown, Robt. P. 0.33 $100 per acre, + $817, 
; + low bid for maving 


ildings (Estd. " 
g991-Stafford, Lloyd E. 2s _Rubetinge (Esta; 7999) 


+ moving bldgs.(Estd. 
$2000) " 


Manso 1842 
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Section, Hwy., and Owmer 


Purpose 


Acres 


Approximate Amounts 


Agent 


- $944-Goldberg, Sam ry 1,500 ca tt.$2, 500.00 McCallister 
$240-Erickson, James T. & * 3.3 


Robert Gifford 


10084~Irvin, Lydia B. 


6448-Marion County 
10168-Weigel, Palmer E. 


10112-Shriber, Albert 


9757-Brown, W. M. 


5841-Gilchrist, T. M. & 
Berenice 


9708-Tussing, Amor A. 7 19, = os sq.ft. + $125 


9713-Stevenson, Dorothy 


9714-Marks, Neva M. 
9712-Kropf, 0. D. 


9705-Morrow, deLora 
9715-Thomson, Clifford P. 


8783-Petersen, Alex 


mnogo 1942 


Easement 
(Detour) 


Gravel Pit 


Gravel Pit 


Stock Pile 
Site 


quanti 


Damages due to change 
in hwy. location and 


0.32 


28.0 


5.0 


1.45 


10.0 
5 


construction plans 


R/W 


5.1 
2.42 


5 sq.ft. 
1.16 


3,930 sq.ft. 1d¢ sq.ft. 


$350 per acre ¢ 


$1,213.25 Devers 

Lump Sn - $50 Gardiner 

Luup Sum ~ $100 Devers 

$150 per jas + $300 Parker 

$200 per acre, + 

fencing R. M. Smith 

$100 per acre 

$65.74 per acre McChesney 

$500 Devers 
Gardiner 


OO per acre, + 

$101.25 . 
$100 per acre, +$407.50 " 
$100 per acre, +$249.65- 
if crop is harvested be- 
fore construction starts, 
$48.50 to be deducted “ 
Lump Sum - $5.00 ed 
$100 per acre, + $116.25. 
If crop harvested before 
construction starts, 

$20 to be deducted " 


Parker 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Eagle Point-Medford Seciion, Crater Lake Highway (Con't.) 
10031-Baumgardner, Lee R. Gravel Pit 4.39 $250 per acre, + $25 Witt 


10024-Dougherty, A. L. R/W 7.82 $30 per acre, +$412.50 " 
10062-Caul, Vera, & J. M. R/W 2.88 $250 per acre, + $300, 
Sutherlin + $5; in addition State 


to convey 0.15 acre ac- 
quired from W. C. Schmidt, 
rate of $250 per acre, + 
easement for cattle lane 

or pass, + fencing Landon 


10078-Taylor, T. L. R/W 0.53 $300 per acre 
0.04 $25 per acre, + $27 
0.57 in addition State to con- 
vey 2.0 acre at $93.50 
per acre to grantor, + 
easement for cattle lane " 
10137-Esch, Carl R/W 13.66 $60 per acre,.t+ $5 Witt 
10136—Dugan, Mary Gravel Pit 6.43 $60 per acre, + $50 " 
& hauling road 
10030-Bumgardner, W. H. Gravel Site 1.88 $200 per acre " 
10145-Medford Corporation R/W 7.15 1.73 acres at $1,250 per 
: + acre, 5.42 acres at $200 
3,940 sq.ft.per acre - Lump Sum $300, 
+ low bid for moving 
buildings (Estd. $800) Witt 
10113~Jackson County Land Co. R/W 4.29 12.54 acres at $125 
per acre, 1.75 acres 
at $20 per acre ° 
9682-Claycomb, H. L. Rn 5,969 sq.ft. 75¢ per sq.ft., less 
(Correction) 2,122 sq.ft. at 75¢ 
sq.ft., to be con- 
veyed to grantor, + 
$2,865, less deduction 
of $353.64, + 93.58% low 
bid for moving & remodel- 
ing buildings (Estd. 
$19,500), + $500 Gardiner 
9685~-Postal Telegraph Co. R/W Moving outside pole & 
(G. S. Butler) facilities $1,000 " 
10149-Central Oregon Irrige- 
tion District Gravel Pit 12.18 $2.05 per acre Cozad 
Boardman-Stanfield Section, Boardman-Stanficld Highway 
10044-Morrow County Stock 8.44 GRATIS Landon 


Pile Site 


mped 1942 
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Section, Hwy., and Owner Purpose 


: a5 0 - vol Né oné ° Boundary 5ec on regon HWY 
F 1016} Brehs, W. W. Stock Pile 1.0 Lump Sum - $100 Lytle 
10027-Phipps, Clara E. Gravel Pit 0.44 $200 per acre Witt 

10056-City National Bank 
of Clinton, Iowa R/W 6.42 $312 per acre less 
(Lump Sum $2,000) " 
10151-Hoover, Charles C. R/W 5.83 $62.50, + $247. 30 " 
10063-Wahl, Fred E. R/W 0.98 $250 per acre, + $19.50 Landon 
10054-Redpath, Burrell F. R/W 5.69 $350 per acre, +$173.75, 
+ $5.00 + moving bldgs. 
(Estd. $800) Witt 
10050-lNudd, Harvey R/W 7.62 $75 per acre, + $200 " 
10052-Matternick, Jos. G. R/W 1.14 $75 per acre, + $239.50 
+ moving bldgs. (Estd. 
$900) 2a 
10065-Lester, J. E. R/W 2.83 $300 per acre, +$#448&50 Landon 
10061-Gore, W. H. R/W 0.15 $66.67 per acre, + 
fencing sg 
10060-Ashpole, C. W. R/W 5.12 $50 per acre, + fencing " 
10058-Southern Oregon Sales, R/W 0.58 $50 per acre,t+fencing " 
Inc. 
10055-Newbury, Gus R/W 3.34 $75 per acre, + $100 Witt 
10132-Bigham, Donna P. R/W 3.97 $75 per acre, + $100 ® 
10053-Bishop, Georgia E. P. R/W 3.81 $50 per acre, + $100 " 
10026-Powell, Blanche A. Gravel 1.77 $200 per acre ® 
Site 
10057-Bank, Jackson County, & R/W 1.62 $50 per acre n 
C. C. Clemens 
10051-Jackson County R/W 1.90 GRATIS " 
10032-Mack, Otis A. Gravel 0.93 $250 per acre, + 
Pit fencing s 
10135-Padgham, Henry F., Jr. we 8,179 sq.ft.Lump Sum - $300 " 
10134-Kellogg, J. Boyce 0.05 $500 per acre Landon 
10083-Begley, Spencer D. an 432 sq.ft. 5f sq.ft. " 
10080-Miller, W. D., Jackson & ae 2 $300 per acre 
County, Roy P. Jones Channel $25 per acre, + $383.75; 
Change La in addition State to con- 
vey 1.85 acres J. E. Soliss 
land to grantor ($300 
per acre) 
10081-Bengtson, 0. H. & Roy 
P. Jones 0.09 $300 per acre " 
10062A-Schmidt, W. C. Cattle-pass 0.15 $250 per acre, + " 
Connection encing 
10082-Soliss, J. E. Rn 3.25 $500 per acre 
2.21 750 per acre, + 
5.46 $3,867.50 ° 
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Acres 


Approximate Amounts’ Agent 


a 


meeting of the Commission, which was thereupon scheduled to be held on Thurs- 
day, April 2, 1942, in Portland. The Secretary was instructed to make the 
usual arrangements to hold this meeting in the auditorium of the Public Ser- 
vice Building. 


The Engineer reported receipt of a communicatic: irom Frank J. Van 
Dyke, Executive Secretary, Jackson County Civic Coordinuiting Board, requesting 
approval of a change in the Commission's plans for limiting travel on the 
Crater Lake Highway to south-bound travel only, po>ticularly elong the sec- 
tion which extends northerly from the junction with McAndrews Road to the old 
Airport Road, a distance of about one-half mile, as an accommodation to people 
who wish to use the facilities of the Jackson County trailer camp. Mr. Van 
Dyke states that under the present arrangement tourists are confused and ex- 
perience difficulty in getting to the trailer camp, and suggests that the Com- 
mission allow two-way traffic between McAndrews Road, the present terminus for 
one-way traffic, and the old Airport Road, as a solution for the prohlem. He 
also states that the army engineers and the county court are in favor of 
such change, The Engineer advised that the old Airport Road is not a natural 
place to change from one-way traffic to two-way traffic and, if north-bound 
traffic were permitted along this section, it would create a dangerous condi- 
tion and traffic accidents would undoubtedly occur. He suggested, as a solu- 
tion, the construction of a third traffic lane on the east side of the Crater 
Lake Highway from McAndrews Road to the entrance to the trailer camp, for the 
exclusive use of north-bound travel, Such lane, he said, would serve not only 
the trailer camp but also people who live along the Buckshot Hill County Road, 
which extends easterly from the Crater Lake Highway south of the trailer camp. 
This would not have to be a high-class roadway, he said, because its use 
could be limited to the time that the cantonment is under construction. Also, 
- there are possibilities that local people will contribute a portion of the cost 
to build the road. 


He also said that the army engineers have agreed, if the Highway 
Commission will terminate one-way traffic at the old Airport Road, to maintain 
guards that may be necessary to protect traffic at this intersection. He sug- 
gested, however, that the construction of a temporary side road would prove 
a more satisfactory solution of the problem. After discussion the Commission 
instructed the Engineer to contact the local people with respect to the con- 
struction of the third traffic lane. In the event these people do not approve 
the plan, then the Engineer is authorized to terminate the one-way traffic at 
the old Airport Road and to erect barricades and appropriate signs at such 
location for the guidance of traffic, and to arrange with the army engineers 
to provide guards at this point, at least during rush hours when travel is 
heavy. 


The Engineer also brought up for discussion a request from the army 
engineers for the extension of one-way traffic for north-bound Crater Lake 
Highway traffic on the Midway County Road. He pointed out that one-way travel 
on this road now terminates at the old Pacific Highway junction with the Midway 
Road just north of Medford; whereas, the army engineers prefer its termination 
at the junction of the old ‘Pacific Highway with the new Pacific Highway. He 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


LaGrande-Elgin Section, Wallowa Lake Highway 
‘849@k&-Green, R. J, Stock Pile 0.97 $100 per acre, + $20,DeSouza 


+ fencing 
8461A-Amis, Clarence W. ny 0.29 $5.00 per acre Cozad 
7921B-Simas, Joe M. R/® 0.65 $5.00 per acre, +$7.0 " 
$397A-Batty, J. N. et al R/W 0.54 $5.00 per acre, + 
$79.80 " 

7923A-Vinson, Emma A. R/W 1.73 $5.00 per acre " 
Long Creek-Fox Section, Pendleton-John Day Highway 
9109B-Girr, Frank B. Stock Pile 1.41 $25 per acre Cozad 
Macra ¢ re wie ‘ e De es—-O2 ‘ 2 Highwa F 
8578-Donlon, Lillian Mae R/W 2,080 sq.ft. Lump Sum - $40 Cozad 

(Correction) 
10110-Hall, Odette M. 73 & 1.10 $200 per acre; in addi- 

(Morris Estate) Easement tion the State is to 


convey to the Estate 

0.42 acre, at $200 per 

acre, - net payment Gardiner 
$136.00 


Mr. Tom M, Davis, Senior Highway Engineer, Public Roads Administration, 
was present and approved settlements with respect to acquisition of right of 
way needed for access roads to the Medford cantonment. Also in connection with 
this matter, the Attorney reported on negotiations with a Mr. C. M. Parker, 
Medford, for right of way needed for improvement of the Pacific Highway in 
Medford, in comection with the Medford cantonment access road. He explained 
that acquisition of this property involves the termination of a two-year lease 
owned by a Mr. A. W. Denney and that it would cost about $15,000 to acquire 
the property and terminate the lease. The Commission considered such settle- 
ment exorbitant and instructed the Attorney to negotiate further in an endeav- 
or to secure a reduction in the price. He was authorized to offer $12,000 as 
= basic for negotiation. 


The Engineer brought up for discussion the matter of award of con- 
tracts for the construction of the North Unit and the South Unit of the Antelope 
Creek-Medford Section of the Crater Lake Highway, bids for which projects were 
received by the Commission on the previous day. After careful consideration 
of this matter, the Commission voted unanimously to award the contract for the 
North Unit to Berke Bros., Portland, the low bidders, at their bid price of 
$312,887.50. it was also decided unanimously to readvertise for bids for the 
construction of the South Unit, such bids to be received at the next regular 
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eminent domain real property, or any interest therein, necessary or 
deemed by the Highway Commission necessary for the accomplishment 
of any and all of the foregoing things; and 


WHEREAS, in the judgment of the Highway Commission the several 
tracts or parcels of land hereinafter described are each and all 
necessary for the specific and particular purposes hereinafter 
specifically set forth; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the State 
Highway Commission as follows: 


1. That the Gownission does hereby find and declare that the 
parcels of real property hereinafter described are each and all 
necessary for the accomplishment of the purposes hereinafter ex- 
pressly and specifically set forth, which said real properties and 
the specific purposes for which the sane are being acquired are 
described as follows, to wit: 


Real property owned by J. A. Struss, et al., which prop- 
erty is located in the west ualf (WS) of the southwest 
quarter of the sout>east quarter (SEZ) of the southeast 
quarter (SEZ) of Section 11, Township 15 South, Range 12 
East, W. M., Deschutes County, Oregon, and is more partic- 
ularly described on the attached sheets and designated as 
Parcel No. 1 and is further identified in the records of 
the Highway Commission as file R 10150, and which property 
is being acquired for the purpose of securing roadbuilding 
materials therefrom for use in connection with the McKensie 
Highway;* 


Real property owned by C. J. Moser and Margaret Moser, 
which property is located in the northeast quarter (NE) 
of Section 9, Township 34 South, Range 6 West, W. M., 
Josephine County, Oregon, and is more particularly described 
on the attached sheets and designated as Parcels Nos. 2 and 
3 and is further identified in the records of the Highway 
Commission as file R 10102, Parcel No. 2 being acquired for 
the purpose of securing roadbuilding materials therefrom 
for use in connection with the Pacific Highway, and Parcel 
No. 3 being acquired for the construction thereover of a 
hauling road to be used in connection with the acquisition 
and appropriation of roadtuilding materials from Parcel 
No. 23;* 


Real property owed by C. J. Moser, et ux., and The 
Federal Land Bank of Spokane, which property is located in 
Lot 1 (SEE of SE}) of Section 4, Towmship 34 South, Range 
6 West, W. K., Josephine County, Oregon, and is more partic~ 
ularly descri%ed on the attached sheets and designated as 
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recommended approval of this request as a trial proposition. The Commission 
pap a recommendation and ordered appropriate signs erected in accordance 


The Commission adjourned at 12:20 p. m. and reconvened at 1:30 p. m. 
in the same room with the same persons present and participating. 


The Attorney requested authority to institute condemnation proceed- 
ings for the acquisition of certain parcels of real property that he had been 
unable to secure ynegotiation. He presented a list of such parcels, together 
with the offer tnt he recommended for each in condemnation as follows: 


File Now Name Purpose Required Recommended Offer 
10029 +«W. G. Drummond, et ux. Gravel Pit $ 175.00 
10033 Anna B. Lindley Gravel Pit 1,800.00 
10146 M. 0. Bessonette Right of Way 150.00 
10153 Jim Foster Chevrolet Company Stock Pile 100.00 
10102 C. J. Moser Gravel Pit 525.00 
10103 C. J. Moser & Federal Land 
Bank of Spokane Hauling Road 75.00 

10110 C. L. Morris Estate, deceased Right of Way 175.00 
10156 Kenneth H. Nelson Right of Way 200.00 
10155 Hermen Nelson, et ux. Right of Way 200.00 
10157 G. P. Shafer, et ux. "Right of Way 2,000.00 
9257h Leora R. Miller Right of Way $50.00 - $60.00 
10092 Clarence A. Blackburn, et ux. Right of Way 40.00 
8998 Frank A. Moore, et ux. Right of Way 900.00 
8989 Floy Liles Thompson Right of Way 900.00 
9497 Phebe S. Armstrong Right of Way 450.00 
After careful consideration of each item the Commission approved the request 


and the recommended offers. The following resolution with respect thereto was 
adopted by the Commission by unanimous vote: 


WHEREAS, the State Highway Commission is authorized to locate, 
relocate, construct, reconstruct, maintain, widen, straighten, and 
otherwise improve state highways, both primary and secondary, and 
said Commission is also authorized to construct shops, equipment sheds, 
office buildings, maintenance sites, patrolmen accommodations, and 
snow fences, and is authorized to acquire quarry sites, gravel pits, 
storage sites, stockpile sites, weighing stations, and broadcasting 
stations, and is further authorized to develop, construct, improve, 
operate, and maintain parks, parking places, auto camps, camp sites, 
roadside development, recreational grounds or resorts, anc other 
places of attraction and scenic value; and 


WHEREAS, said Highway Commission is authorized to acquire by 
purchase, agreement, donation, or by the exercise of the power of 
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as file R 9497, and which property is being acquired for 
right of way purposes in connection with the Oregon Coast 
Highway.* 


2. That the Commission does hereby find and declare that each 
of the said described parcels of real property is necessary and ac- 
quisition of the same by the State is required for the specific pur- 
poses hereinabove set forth, and the said properties are being ac- 

+ acta for the express and specific purposes in this resolution set 
orth. 


3. That the State Highway Engineer be and he hereby is instructed 
and directed to make or cause to be made all surveys necessary in con- 
nection with the determination, description, and acqwisition of said 
real properties, and said Engineer is further instructed to prepare 
and submit to the Legal Department necessary and adequate descriptions 
of the said real properties, which said descriptions shall be avail- 
able for the preparation of any deed or deeds or other instrument or 
instruments necessary to complete the acquisition of said property 
or properties, whether said properties be acquired by purchase, dona- 
tion, agreement, or by the exercise of the power of eminent domain. 


4. That J. M. Devers, Attorney for the State Highway Commission, 
be and he is hereby requested, authorized, and directed to attempt 
to agree with the owner or owmers and/or with the tenants or persons 
in possession, if thére be any, of said parcel or parcels of land 
with respect to the compensation to be paid for the taking of the 
same and the damage, if there be any, and in the event that no sat- 
isfactory agreement or agreements can be reached, then it is hereby 
further resolved that J. M. Devers, Attorney for the State Highway 
Commission, be and he hereby is requested to commence and prosecute 
to a final determination such suit or action, or suits or actions, 
as may be necessary and appropriate to acquire title to the said 
premises and all rights therein for the purposes herein stated. 


5. That this resolution be entered in full in the minutes and 
records of this Commission. 


#*(The detailed descriptions of the respective parcels of real prop- 

erty mentioned in this resolution are attached to the original reso- 
lution on file in the office of the State Highway Commission, Salem, 
being Resolution No. 22, under the heading "Real Property Condemna- 

tion Resolutions", and said descriptions by this reference are made 

& part of this minute entry to the same extent as if copied in full 

herein.) 


At 2:00 p. m. Chairman Cabell made the following announcement with 
respect to the bids received on the previous day for the construction of the 
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Parcel No. 4 and is further identified in the records of 
the Highway Commission as file R 10103, which property is 
being acquired for the construction thereover of a hauling 
road to be used in connection with the acquisitici and ap- 
propriation of roadbuilding materials from Parcel No. 2 
for use in the improvement of the Pacific Highway;* 


Real property owned by the Estate of C. L. Morris, 
deceased, et al., which property is located in the north 
half (wa) of Section 16, Township 15 South, Range 4 West, 
W. M., Lane County, Oregon, and is more particularly de- 
scribed on the attached sheets and designated as Parcels 
Nos. 5 and 6 and is further identified in the records of 
the Highway Commission as file R 10110, and which prop- 
erty is being acquired for right of way purposes in con- 
nection with the Pacific Highway East;* 


Real property owned by Leora R. Miller, which prop- 
erty is located in the northeast quarter (NEZ) of the 
northwest quarter (NWi) of Section 34, Township 13 South, 
Range 3 East, W. M., Linn County, Oregon, and is more 
particularly described on the attached sheets and desig- 
nated as Parcel No. 7 and is further identified in the 
records of the Highway Commission as file R 9257A, and 
which property is being acquired for right of way purposes 
in connection with the Santiam Highway;* 


Real property owned by Clarence A. Blackburn and Edna 
V. Blackburn, which property is located in the Charles B. 
Sweet D. L. C. No. 61 and situated in Section 34, Towmship 
17 South, Range 3 West, W. M., Lane County, Oregon, and 
is more particularly described on the attached sheets and 
designated as Parcel No. 8 and is further identified in 
the records of the Highway Commission as file R 10092, and 
which property is being acquired for right of way purposes 
in connection with the Pacific Highway;* 


Real property owned by George W. Thompson and Floy Liles 
Thompson, which property is located in the northeast quarter 
of Section 24, Tomship 18 South, Range 3 West, W. M., Lane 
County, Oregon, and is more particularly described on the 
attached sheets and designated as Parcel No. 9 and is fur- 
ther identified in the records of the Highway Commission as 
file R 8989, and which property ‘is being acquired for right 
of way purposes in connection with the Willamette Highway;* 


Real property owned by Phebe S. Armstrong, which proP- 
erty is located in Lot 27, Block 52, in the Town of North 
Bend, Coos County, Oregon, and is more particularly described 
on the ettached sheets and designated as Parcel No. 10 and 
is further identified in the records of the Highway Commission 
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We urge you to exert every effort to prevent adoption of House Reso- 
lution 6750 or at least to delete from Bill provisions relating to 
state taxes on gasoline, motor transportation fees and motor vehic- 
ular taxes." 


The Engineer brought up for discussion the matter of increasing the 
salaries of highway department employees who now receive less than $200.00 per 
month, including both hourly-paid employees and employees who are receiving 4 
monthly salary. He recommended increasing the rates $10.00 per month for each 
employee of this class provided a $200.00 per month maximum is not exceeded. 
He also recommended an increase of $15.00 per month, from $135.00 to $150.00, 
for weighmasters who are obliged to be away from headquarters a considerable 
part of the time. He explained that the increases are recommended due to in- 
creased living costs, which especially affect the employees in the lower 
brackets, ‘The matter was discussed at some length, but the Commission deferred 
its decision until the next meeting. 


The Engineer also brought up for discussion the matter of increasing 
the salaries of men employed on engineering crews in the vicinity of the 
Corvallis and Medford cantonments. He said that, due to construction activi- 
ties at these cantonments, it is impossible for such engineering employees to 
secure living accommodations at reasonable cost, inasmuch as available facili- 
ties have been taken up by cantonment workers. He gave as his thought that 
special consideration should be given to the men on these engineering crews 
and that they should be allowed an additional amount to take care of this ex- 
pense. He suggested an allowance of $20.00 per month for such purpose, during 
the time that they are engaged in work that is affected by the cantonment con- 
ditions which, he thought, would be about eight months. After due consideration 
the Commission approved the recommendation subject to the condition that it 
shall apply only to the engineering crews that are engaged on highway work at 
each of these cantonments and are residing either in Albany, Corvallis, Mon- 
mouth, or Medford. 


The matter of constructing an airplane flight strip along the Wolf 
Creek Highway in the vicinity of North Plains had the attention of the Commis- 
sion. The Engineer advised that a site has been selected which meets with 
approval of the army authorities, which site is situate along a section of the 
Wolf Creek Highway that will not be constructed until after the war is over. 
The plan, he gaid, is to construct the flight strip on the highway alignment 
so that it can be used as a section of highway when the present emergency is 
over and when it is not needed as a landing place for airplanes. The Commis- 
sion indicated approval of such an arrangement and authorized the Engineer to 
proceed with construction of the flight strip when proper governmental approval 
has been obtained. 


The Commission discussed the establishment of a 40-mile -per-hour 


speed limit for all traffic operating over state highways es has been requested 
by President Franklin D. Roosevelt in a letter directed to the Governor of each 
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North and South Units of the Antelope Creek-Medford Section of the Crater Lake 
Highway, in Jackson County: 


"With respect to the bids received for the North Unit of the 
Antelope Creek-Medford Section of the Crater Lake Highway, the Commis- 
sion considers the low bid, which was submitted by Berke Bros., 
Portland, in the amount of $312,887.50, to be e satisfactory bid and 
has awarded this contract to Berke Bros. at their bid price. 


"The Commission has rejected all bids received for the construc- 
tion of the South Unit of the Antelope Greek-Medford Section of the 
Crater Lake Highway and has ordered the Engineer to readvertise this 
project for new bids at the earliest possible time." 


The Commission thereupon confirmed Thursday, April 2, 1942, as the 
date for its regular meeting in Portland, and instructed the Secretary not to 
schedule any delegations for such meeting unless the matters to be discussed 
are urgent. 


The Commission discussed House Resolution No. 6750 now before Congress 
which resolution exempts from state, territorial and local taxes the sale, pur- 
chase, storage, use or consumption of tangible personal property and services 
for use in performing defense contracts. The Engineer pointed out that, if this 
resolution is enacted into law, it will exempt contractors and defense workers 
from payment of gasoline taxes and motor transportation fees, and the state's 
annuel income from such sources will be reduced between $1,000,000 and $2,000,000, 
which the state cannot afford to lose, particularly in view of the reduction 
in state highway income which is anticipated by reason of tire rationing and 
the frlling off of tourist traffic. It was his thought that everything possible 
should be done to prevent the adoption of this resolution or, at least, to elim- 
inate therefrom the provisions that relate to the state taxes on gasoline, motor 
transporiation fees and motor vehicular taxes. The Commission concurred in the 
viewpoint of the Engineer and thereupon authorized the sending of the following 
telegram relative thereto to each member of the Oregon delegation in Congress: 


" Rationing of motor vehicles and tires is expected to reduce state 
highway income at .east two million dollars below income of 1941. By 
curtailment of expenditures and construction programs wherever possible 
state will be able to carry on its maintenance operations, to meet its 
bond obligations and to meet its commitments in connection with federal 
projects on access roads and on strategic network in 1942. If, however, 
House Resolution 6750 exempting defense contractors from payment of 
gasoline tax and motor transportation fees should be passed, state in- 
come will be reduced an additional amount between one million and two 
million dollars forcing the state to borrow 4 like amount or to repud- 
iate commitments on cooperative projects involving that amount of state 
participetion. In 1943 the reductions in income mentioned will be double 
what they are in 1942 and will aggregate approximately six million 
dollars leaving the state without any funds for construction and with 
parely sufficient income to meet bond obligations and maintenance. 


does hereby order that within the meaning and purpose of said Section 
115-320, 0. C. L. A., as amended, the speed at which a vehicle may 
be @riven upon said state highway «ni4r upon said section of said st«te 
highway shall not exceed the rate of speed set forth immediately 
following. 
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BE IT FURTHER ORDERED that the State Highway Engineer be 
and he hereby is ordered and directed to erect at appropriate places 
in sufficient number adequate signs giving notice of the particular 
applicable speed on said state highway. 


BE IT FURTHER ORDERED that any previous order heretofore 
made by the Commission with respect to speed or speeds applicable to 
any of the highways or sections of highways specified herein which 
is in conflict with the provisions of this order hereby is vacated 
and annulled. 


WHEREAS, the State Highway Commission, pursuant to the pro- 
visions of Section 115-320, 0. C. L. A., as amended by. Chapter 458, 
Oregon Laws, 1941, has caused an engineering and traffic investiga- 
tion to be made with respect to certain state highways and/or certain 
sections of state highways more particularly and completely described 
and set forth hereinafter; and 


WHEREAS, the data, facts and information obtained in con- 
nection with said investigation are all on file in the office of the 
State Highway Commission at Salem, Oregon; and 


WHEREAS, based upon said engineering and traffic investi- 
gation the Commission has determined that the fixed and designated 
speeds prescribed by the provisions of subsection (bv) of said Section 
115-320, 0. C. L. A-, as amended, are in certain specified instances 
greater than is reasonable and safe and in other specified instances 
are less than is reasonable under the conditions found to exist upon 
or with respect to the state highways or sections of state highways 
hereinafter set forth and more particularly described and defined 
hereinafter, and the State Highway Commission has therefore deter- 
mined to designate a different speed thereupon than the speed fixed 
in said statute, which said different speed or speeds shall be as 
specifically set forth hereinafter. 
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state, in order to conserve gasoline and to avoid unnecessary wear on automobile 
tires. The Attorney advised that, according to the Attorney General, the 

State Highway Commission does not have authority to make a blanket order re~ 
ducing the speed limit, although it does have authority to reduce or increase 
the speed limit on certain sections of the highway if the Commission considers 
such modifications justified by the physical features of the highway. The 
Commission's authority, he said, extends only to state highways outside of in- 
corporated cities and toms. The Commission decided, after discussion, to con- 
vey such information to Governor Charles A. Sprague, should he direct an in- 
quiry to the Commission with respect thereto. It was the thought of the Com- 
mission, however, that it should cooperate with the President and the Governor 
in so far as possible in this regard, and, accordingly, the Commission instructed 
the Engineer to issue an order limiting the speed of all highway department 
equipment to 40 miles per hour when the request for such reduction has been re- 
ceived from the Governor. 


In this connection the Engineer recommended the adoption of a 35-mile- 
per-hour speed limit along the Pacific Highway West through the Corvallis can- 
tonment and along the Crater Lake Highway through the Medford cantonment. The 
Commission considered the adoption of such speed limit through these areas justi- 
fiable and advisable and accordingly approved the recommendation. The follow- 
ing resolutions relative thereto were thereupon adopted by the Commission by 
unanimous vote: 


WHEREAS, the State Highway Commission, pursuant to the pro- 
visions of Section 115-320, 0. C. L. A-, as amended by Chapter 458, 
Oregon Laws, 1941, has caused an engineering and traffic investiga- 
tion to be made with respect to certain state highways and/or certain 
sections of state highways more particularly and completely described 
and set forth hereinafter; and 


WHEREAS, the data, facts and information obtained in connec- 
tion with said investigation are all on file in the office of the State 
Highway Commission at Salem, Oregon; and 


WHEREAS, based upon said engineering and traffic investiga- 
tion the Commission has determined that the fixed and designated speeds 
prescribed by the provisions of subsection (b) of said Section 115-320, 
0. C. L. A., as amended, are in certain specified instances greater 
than is reasonable and safe and in other specified instances are less 
than is reasonable under the conditions found to exist upon or with respect 
to the state highways or sections of state highways hereinafter set 
forth and more particularly described and defined hereinafter, and the 
State Highway Commission has therefore determined to designate a dif- 
ferent speed thereupon than the speed fixed in said statute, which said 
different speed or speeds shall be as specifically set forth hereinafter. 


NOW, THEREFORE, based upon said engineering ani traffic in- 
vestigation and upon the finding and determination made by’ the Commis~ 
sion with respect thereto, the Commission does hereby determine and 
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heretofore granted log haulers to operate trucks over state highways on Satur- 
day afternoons, Sundays, and during certain hours of darkness, which privilege 
automatically expires on June 1, 1942, unless extended. The Commission deferred 
decision in the matter until a future meeting. 


The Attorney presented an offer from Mr. H. L. Claycomb, Ashland, 
to purchase, at the rate of fifty cents per square foot, plate glass windows 
in two buildings that were acquired in connection with the proposed improve~ 
ment of the Pacific Highway in Ashland. Said buildings were formerly owned 
by H. S. Harrison and Clara Engle. He recommended acceptance of this offer. 
The Commission approved the sale at the price quoted. 


The Attorney also presented an offer from Briggs and Briggs, attor- 
neys for a Mr. Butler, Ashland, to purchase the plate glass windows in a 
building acquired from Mr. Butler in connection with the Ashland improvement. 
He advised that the offer is $350 for the wincows, less a credit of $100 for 
the performance of a certain amount of demolition work in order to recover 
the glass, which work the state would have to pay for later on in any event. 
He gave as his thought that the offer is fair and reasonable and recommended 
acceptance of the same. The Commission approved the recommendation. 


The Attorney reported that in connection with the acquisition of 
right of way from Mr. A. D. Jones, at Eugene, the Commission came into posses- 
sion of a cash register which is of no particular value from the state's stand- 
point. An offer of $45 for the purchase of the register, he said, has been 
received from a Mr. Hoke Smith of Eugene. He recommended acceptance of Mr. 
Smith's offer. The Commission approved the recommendation. 


The Engineer requested authority for the Right of Way Department to 
proceed with the acquisition of right of way that is needed for the proposed 
improvement of the John Day-River Quinton Section of the Columbia River Highway, 
in Sherman County, so that this project can go forward without delay from the 
right of way standpoint when funds become available to finance construction. 

He explained that this improvement is the next one to be undertaken on this 
highway when it is cleared by the Public Roads Administration and the arny 
engineers. The Commission considered it advisable to acquire the right of way 
and thereupon authorized the Attorney to negotiate options for the same. 


The Commission discussed a request from a Mr. Elmer Herried, in be- 
half of an actor named Murphy, for permission to construct an irrigation ditch 
on certain park property situate in the northeast quarter of the southeast 
quarter of Section 27, Township 33 S., Range 1 East, W. M., in Jackson County. 
which property the Commission has under lease from the federal government as 
a recreational site. The Attorney advised that the state does not om this 
land but is simply occupying it under lease from the federal government; also, 
that the State Parks Superintendent advises that an irrigation ditch on the 
property would not interfere with the use of the property for park purposes. 
After discussion the Commission instructed the Attorney to inform Mr. Herried 
that the state does not ow the land but will offer no objections to the con- 
struction of the irrigation ditch over the same. (See Park File No. 194 - 
description of park area) 
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NOW, THEREFORE, based upon said engineering and traffic in- 
vestigation and upon the finding and determination made by the Com- 
mission with respect thereto, the Commission does hereby determine 
and does hereby order that within the meaning and purpose of said Sec- 
tion 115-320, 0. C. L. A., as amended, the speed at which a vehicle 
may be driven upon said state highway and/or upon said sections of said 
state highway shall not exceed the rate o* speed set forth immediately 
following. 
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BE IT FURTHER ORDERED that the State Highway Engineer be and 
he hereby is ordered and directed to erect at appropriate places in 
sufficient number adequate signs giving notice of the particular ap- 
plicable speed on said state highway. 


BE IT FURTHER ORDERED that any previous order heretofore made 
by the Commission with respect to speed or speeds applicable to any 
of the highways or sections of highways specified herein which is in 
conflict with the provisions of this order hereby is vacated and 
annulled. 


The Engineer requested instructions relative to improvement of the 
roadways within the State Fairgrounds property in Salem. He explained that an 
army cavalry unit is headquartered at the Fairgrounds and that Colonel Hazeltine, 
who is in charge, has asked the state to repair the roads which are in very bad 
condition, so that the army equipment may be moved over them rapidly, if occa~ 
sion necessitates, which cannot be done under present conditions. He estimated 
the cost to gravel the roads at $7,500 and to provide an oiled surface improve- 
ment at $10,000, and suggested approval of the project with state forces if 
arrangements can be made with the State Fair Board to pay the costs involved. 
The Attorney advised that the Commission has legal authority to make this in- 
provement, if it so desires, but in his estimation, if the work is undertaken 
an agreement should be reached with the State Fair Board for reimbursement. 

The Commission approved the project and the advancement of state funds to pay 
the costs involved, it being understood, however, that before the work is 
commenced a written request for the improvement should be received from the 
army officials, and a written agreement should be entered into with the State 
Fair Board relative to costs. The Attorney was instructed to prepare an ap- 
propriate form of agreement with the State Fair Board covering the matter and 
to include therein provision for reimbursement of the cost within five years. 


The Secretary presented a letter from the Public Utilities Commis- 
sioner inquiring whether or not the Commission expects to extend the privilege 
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A letter was presented from the Swan Lake Moulding Company in regard 
to the moving of the Associated Oil Company's buildings from property acquired 
te the Swan Lake Moulding Company for the widening of the state 
highway on South Sixth Street, Klamath Falls. It appears that the Associated 
Oil Company is leasing the ground from the Swan Lake Moulding Company and 
the state will move the buildings off the newly-acquired 
right of way or will pay for having them moved now if the Associated Oil Com- 
pany will aseume the obligation of surfacing the area in front of the build- 
ings and will maintain the same until such time as the proposed South Sixth 


ct 


Street improvement is completed. The Attorney advised that the Commission : 
previously authorized the moving of the buildings at state expense with the hs 
understanding that the state would not be obligated to surface the area in > 


front of the buildings until the highway improvement is completed and that the 
company has been so informed. He was instructed by the Commission to reconvey 
such information to the company and to assure it that the state will pay the 
cost of moving the buildings but will not do anything further until the high- 
way improvement is undertaken. 


Reconsideration was given by the Commission to its claim against Clat- 
sop County, amounting to $5,500, and the request of Clatsop County that the 
Commission give the county credit for at least a portion of this claim on prop- 
erties recently deeded to the state for which no charge was made by the county. 
The Engineer submitted a list of properties that have be-n acquired from the 
county without cost and advised that a reasonable cash market value of such 
properties will at least offset the state's claim. I view of the presentation 
the Commission considered that the county has fulfilled its obligation. The 
following resolution accepting the conveyance of sush real properties from the 
county as complete and final payment of the county's obligation and debt to the 
state was thereupon adopted by the Commission by unanimous vote: 


WHEREAS, because of certain contractual obligations and 
arrangements between Clatsop County and the State Highway Commission 
Clatsop County became and is indebted to the State in the sum of 
$5,500; and 


WHEREAS, Clatsop County has by deed conveyed to the State 
of Oregon, by and through its State Highway Commission, certain real 
properties, which real properties have a reasonable cash market value 
of $5,500; and 


WHEREAS, said real properties are identified in the Highway 
Commission records as follows: 


File 2487, which covers property located in Astoria which 
is being used for maintenance buildings by the State and con- 
sists of 1.21 acres. 
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File 4522, which covers property located near West Lake, 


which is 13 miles south of Astoria, which property is b 
used f-> stockpile purposes and consists of P54 Py 
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File 3870, which covers property near Cannon Beach Junc- 
tion being used for stockpile purposes and which consists of 
1.00 acre. t 


ee 


The Commission discussed a stipulation prepared by the federal gov- 
ernment for use in obtaining right of way easements for highway crossings over 
reclamation canals. The Attorney advised that this is a standard governmental 
requirement and in so far as it pertains to the case at hand, which is the 
securing of lease rights on the Boardman-Stanfield Highway near Stanfield, in 
his estimation is not too drastic. The Commission indicated approval of the 
stipulation in so far as it pertains to this case but deferred signing the same 
upon suggestion of the Engineer that the matter should first be discussed with 
Senator Charles A. McNary and at the next meeting of the Western Association 


of State Highway Officials. 


The Engineer requested instruction 35 to the disposition of a small 
building that was used as an engineer's office in connection with the construc- 
tion of the railroad grade separation structure in Nyssa. He advised that this 
is a small building of not much value, and that it was erected on property owned 
by the City of Nyssa. He suggested that the building be given to the city with- 
out charge. The Commission approved the suggestion. 


The Attorney requested instructions whether or not to advertise for 
sale certain property, consisting of lend and a building, that was acquired 
from the Fletcher 0il Company in connection with the highway improvement in 
Nyssa. The City of Nyssa, he said, yrould like to have the building for use as 
a library and has asked the Commission to set a price for which the same can 
be purchased. He was instructed by the Commission to ascertain what the city 
is willing to pay for the property. If the city offers a fair amount for the 
same, the Commission will accept it; otherwise, the property is to be advertised 
for sale in the regular manner. 


The Commission discussed a request from the John Day Catholic Church 
to acquire a portion of the highway right of way in front of their church build- 
ing in John Day, so as to permit sidewalk and curb construction, et cetera. 
The Engineer advised that the right of way in front of the church building is 
somewhat wider than the adjoining section so, if the sidewalk were constructed 
along the right of way line as established, it would introduce a jog in the 
sidewalk alignment. He questioned the advisability of giving up any of the 
right of way that the state now owns because very likely at some future date 
the Commission will want to widen the adjoining sections in order to make an 
uniform right of way at this place. Tne Commission deferred a decision in the 
matter pending inspection of the premises by Commissioner Oliver and receipt 
of his recommendation. 


The Commission considered and refused an offer received from Mr. A. 
M. Myer to pay $50 for that portion of Lot 5, Block 2, Towsite of Glenada, 
Lane County, which lies outside of the standard width highway right of way 
that was acquired for the Oregon Coast Highway at this point. 


The Commission reconsidered the matter of the sale of certain state- 
owed property adjacent to the right of way of the Warm Springs Highway at the 
Madras overcrossing, but deferred action until the next meeting. The Assist- 
.ut Attorney was instructed to make a complete report on the matter at that 
time. 
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in the original omsite of Redmond, such procedure being necessary in order 
to provide an enlargement of the state highway department's maintenance head- 
quarters in that town. The Secretary was authorized to sign and acknowledge 
the "consent to vacate" in behalf of the Commission. 


The Attorney requested instructions relative to commencing action to 
evict Mrs. Inez Van Dyke from Casey State Park, in Jackson County. He explained 
that Mrs. Van Dyke consistently ignores orders to vacate the premises and it 
appears necessary to take legal action against her. The Commission authorized 
the Attorney to start such legal action about the first of June. 


The Attorney also requested instructions relative to the Enyart con- 
demnation case at St. Helens. He explained that this case has been up for 
trial for a long time but for one reason or another the Attorneys for the ow- 
ers have been able to have the case postponed and in each instance he has ap- 
proved of the postponement as an accommodation; however, he is anxious to have 
the case closed, hence his request for instructions in the event the owners’ 
attorneys again ask for postponement. He was instructed by the Commission to 
let the case come up in court in the regular manner. 


The Engineer reported on the need to store road oil to serve as a 
reserve during the present tank car shortage. He gave as his thought that 
storage tanks should be constructed at strategic points so as to insure avail- 
ability of road oil to carry on the coming season's oiling operations by state 
forces. He estimated the cost of the tanks at $2,450 each, and requested auth- 
ority to erect five tanks at the following locations: Philomath in Benton 
County, Eola in Polk County, Redmond in Deschutes County, Pendleton in Umatilla 
County, and Baker in Baker County. The tanks, he said, will be of wooden con- 
struction and will be built by state crews. After discussion the Commission 
by unanimous vote authorized construction of five tanks at an estimated tot.1 
cost of approximately $12,000; however, instructed the Engineer to first ascer- 
tain whether or not any of the oil companies have empty storage tanks avail- 
able which the state might use in lieu of the construction of its own tanks. 


The Secretary presented a letter from Governor Charles A. Sprague 
advising that he is in receipt of letters from Rear Admiral C. J. Freeman, 
Commandant of the Thirteenth Naval District, from Lieut.Gen. J. L. DeWitt, 
Commanding the Fourth Army and the Western Defense Command, and a telegram 
from John L. Rogers, Director of the Division of Motor Transport, Office of De- 
fense Transportation, requesting that for the period of the present war emer- 
gency there be a relaxing of Oregon restrictions so that vehicles of the size 
tolerated in adjacent states may be allowed to operate upon Oregon highways; 
also advising that he has had investigations made by competent individual auth- 
orities which thoroughly convince him of the absolute necessity of going just 
as far as the Oregon laws will allow along the lines requested; and further 
advising that this, in his judgment, is indispensable in support of the war 
effort, for the providing of the population of this state and for the mainten- 
ance of industries operating in Oregon. It was the Governor's recommendation 
that the Commission go as far as it can under the law in issuing permits to 
allow trucks, of dimensions and weights corresponding to those in adjoining 
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File 4663, which covers a tract of land located in 
Seaside, and which property is being used for stockpile 
purposes and consists of 1.83 acres. 


File 6004, which covers land located in Astoria on 
the Nehalem Secondary Highway, which is used for stockpile 
purposes and consists of 1.27 acres. 


File 9841, which covers a tract of land consisting of 
1.54 acres located near Camp Clatsop and which is being used 
for a scale site. 


File 2492, which covers 0.@acre of land near Ecola Park 
and is being used for park purposes. 


File 4898, which covers 0.39 acre of land in Seaside 
and is being used for park purposes. 


Also, tract of land at North Fork of the Necanicum River 
on the Necanicum Highway, title to which has not yet been 
conveyed by the County to the State, but which property is 
being used for park and stockpile purposes. 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the Oregon 
State Highway Commission, all members being present and voting affirma- 
tively, as follows: 


1. That title to the real properties described in the above 
identified files, which properties heretofore have been conveyed by 
Clatsop County to the State of Oregon, by and through its State 
Commission, be accepted, including the tract at the North Fork of the 
Necanicum River on the Necanicum Highway when title is conveyed by the 
County to the State. 


2. That said properties and title thereto be accepted at the 
total appraised value of $5,500. 


3. That the conveyance of said real properties by the County 
to the State be accepted as complete and final payment of the County's 
obligation and debt to the State in the said sum of $5,500. 


4. That tne Commission by this resolution expresses its ap- 
preciation of the cooperation which Clatsop County, by and through its 
County Court, has given the State Highway Commission, and pledges a like 
cooperation with the County in all matters of public interest calling for 
joint activity on the part of Clatsop County and the State Highway Commis- 
sion. 


The Secretary was instructed to forward a certified copy of the same to Clatsop 
County Court. 


The Commission approved and signed a "petition" and "consent to vacate" 
a pert of Tenth Street and the alley which runs through the center of Block 72 
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The Attorney advised that, in connection with the acquisition of 
right of way for the Eugene-Springfield Project, a certain service station was 
purchased including a compressor which he thought might be used to good advan- 
tage. The Commission instructed the Engineer to ascertain whether or not this 
compressor is now in use. 


The Secretary requested instructions relative to the granting of 
special emergency transportation permits for movements 60 feet overall in 
length and having a gross weight of 68,000 pounds over the Green Springs High- 
way between Klamath Falls and Ashland. He explained that there are numerous 
sharp curves at the westerly end of this highway which will not permit move- 

‘ ments 60 feet overall in length without crossing the highway center line, which 
is the reason that this highway was not included in the previously-approved 
list, although it is possible for legal length loads to negotiate these curves 
without difficulty. He also explained that certain haulers have contracts to 
deliver lumber from Klamath Falls to the army cantonment at Medford necessitat- 
ing the use of this highway and, because of the urgency of the delivery of the 
lumber, they would like to haul loads weighing in excess of the legal statutory 
limit. The Commission authorized the granting of such permits on this highway 
provided the overall length of the vehicle and load does not exceed 50 feet 
end provided further that the gross weight of vehicle and load or vehicles and 
load does not exceed the limit provided in the emergency permit. 


The Secretary also reported the application of W. J. Lichty, Eugene, 
for @ permit to haul piling 79 feet long over the Deadwood Secondary Highway 
and the Siuslaw Highway from the Deadwood district to Swisshome, there being 
160 such piling which he was unable to deliver under special authority hereto- 
fore given him by the Commission. The Commission authorized the granting of 
a 30-day permit to move these piling, subject to the conditions of the previous 
permit. 


The Commission discussed and deferred a “scision with respect to 
permitting trucks loaded with chromium ore and having a gross overload of 
45,000 pounds to operate over the Oregon Coast Highway between Port Orford and 
Coquille. The matter is to be reconsidered at the next meeting of the Commis- 
sion at which time more detailed information is to be presented. 


A letter was presented from the Oregon-Washington Bridge Company 
requesting that the state maintain guards at the southerly end of the Hood 
River Bridge over the Columbia River so as to prevent destruction of the bridge 
by saboteurs. The Commission considered this a private matter in view of the 
fact that the bridge is privately-owned and thereupon denied the request. 


The Commission discussed the advisability of attending a meeting of 
the Western Association of State Highway Officials which is to be held in Salt 
Lake City, Utah, on April 17 and 18, 1942. It was decided that Chairman Cabell 
and the State Highway Engineer should attend such meeting at state expense 
provided Governor Sprague approved the out-of-state expenditure. 
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states, to operate over the Oregon highways, due regard being given to public 
safety and with the understanding that permits issued are based definitely 
upon military necessity and for the duration of the present emergency only. 

The Commission considered that such communication is ample authority for the 
issuance of permits authorizing movements of vehicles measuring 60 feet overall 
in length and having a gross weight of not to exceed 68,000 pounds, which is 
legal in the adjoining states. Accordingly, the resolution relative thereto, 
which was adopted by the Commission at the previous meeting, was thereupon con- 
firmed by unanimous vote as was also telephonic authority previously given the 
Engineer authorizing the issuance of permits in conformity therewith. 


The Attorney brought up for discussion matters pertaining to the 
Federal Labor Act as applied to state highway contracts. He advised that he 
has received inquiries from a number of contractors whether or not they mst 
adhere to a 40-hour week or will be permitted to operate under a 48-hour week. 
The Engineer advised that this matter is fully covered by the specifications 
and in his estimation this is a matter that the contractors' attorneys should 
decide. The Commission took no action in the matter. 


The Engineer requested authority to purchase the following equipment: 


8 auxiliary gasoline motor generator sets to produce current 
for emergency operation of radio stations at Salem, Milwaukie, 
Medford, Roseburg, Coquille, Astoria, Klamath Falls and 
LaGrande. He advised that a request has been received from 
Lieutenant Colonel Raymond F. Edwards, Commander of Infantry, 
Vancouver Barracks, Washington, recommending that steps be 
taken to insure the operation of key radio stations in the 
event of commercial power failures, especially the stations 
serving the coastal areas, so that the operations of the 

same may be assured during emergencies. He also said that 
the auxiliary generator sets could be used to good advantage 
in normal times in the event of failure of regular power 
supplies on account of storms, fire, et cetera. He estimated 
the cost involved at $7,700 for the six first-mentioned sta- 
tions which are an immediate necessity and $3,400 for the 
Klamath Falls and LaGrande stations which possibly could 

be installed later, making a total of $11,100. 


4 Monroe calculating machines. Total estimated cost $880, 
less 15 per cent. 


: loadometers for use of weighmasters. Estimated total cost 
1,150. 


3 electric-motor-driven compressors of five cubic-foot 
capacity. Estimated total cost $360. 


The Commission by unanimous vote approved the purchase of such equipment. 


WHEREAS, until the issue involving title to said property 
is finally determined, the compensation to be paid by the City and 
the State for the portion of said Public Market property needed for 
right of way in connection with the said Front Avenue Project cannot 
be measured or paid; and 


WHEREAS, the City, pursuant to charter authority, instituted 
condemnation proceedings for the purpose of acquiring along with other 
properties needed for said project a portion of the Public Market prop- 
erty, and in connection with said proceedings the compensation to be 
paid for and the damage imposed on said property was determined by the 
City in connection with said proceedings, and an award in keeping with 
such appraisal was made by the City, but the owners of said property 
refused to accept the award and appealed therefrom, which appeal is 
now pending in the Circuit Court of the State of Oregon for Multnomah 
County; and 


WHEREAS, said Front Avenue project cannot be completed with- 
out encroachment upon the said Public Market property, and the accom- 
plishment of certain changes in the heating facilities now a part of 
said Public Market Building and the making of certain other alter- 
ations; and 


" WHEREAS, the owners of said property desire to cooperate 
with the public authorities in the promotion and accomplishment of the 
Front Avenue Project, but because of issues involved in the said pend- 
ing litigation the owners are of the opinion that they should not sur- 
render any of their rights or in any way jeopardize their interests; 
and 


WHEREAS, it is imperative that the State Highway Commission 
and its contractor be permitted immediately to go upon the said Public 
Market property and make certain changes or alterations in the heat- 
ing facilities and make other changes, all of which are disclosed on 
the exhibits attached hereto. 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
Oregon State Highway Commission, all members being present and voting 
affirmatively, as follows: 


1. That the City of Portland be and it hereby respectfully 
is requested to, by appropriate ordinance or other official act, auth- 
orize and empower the Highway Commission with its own forces and/or 
by its contractor or contractors to go upon the property know as 
the Public Market property in Portlznd, Oregon, and change, alter 
and reconstruct the heating facilities now a part of said Public 
Market Building and make other changes, all of which are disclosed 
and shown on the blueprint and in the specifications hereto attached, 
or are expressly set forth herein.* 
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In this connection the Secretary presented a bill from the Western 
Association of State Highway Officials for payment of Oregon's 1942 member- 
ship in this association, amounting to $25.00. The Commission approved the 
payment of this fee. 


The Commission discussed a letter from the Multnomah Civic Club 
suggesting that Front Avenue, Portland, be renamed Douglas MacArthur Boule- 
vard in honor of General Douglas MacArthur. The Commission indicated a 
sympathetic attitude toward the matter but declined to take action, it being 
the Commission's thought that this is a matter without its jurisdiction and 
that the naming of streets in the City of Portland is a function of the city 
council. 


A letter was presented from the Honorable Wm. 0. Powell, County 
Judge of Yamhill County, requesting the assistance of the Commission in secur- 
ing federal access moneys with which to finance’ construction of the road which 
extends easterly from McMinnville to the city's airport. The Engineer was in- 
structed to discuss the matter with Colonel C. R. Moore and to then advise 
Judge Powell of the necessary procedure to obtain such moneys. 


In this connection Commissioner Clough advised that, during a recent 
visit to McMinnville, he discussed this matter with Mr. E. C. Apperson who ex- 
pressed a desire for the members of the Commission to attend one of their civic 
meetings in the near future so as to give local people an opportunity to be 
heard with respect to this and other projects. It was decided that Chairman 
Cabell and Commissioner Clough would meet with the McMinnville people on April 
1, immediately preceding the Commission's meeting on April 2, if that is satis- 
factory with the local group. The Engineer was instructed to ascertain the 
pleasure of Mr. Apperson relative thereto. 


The Attorney brought up matters pertaining to construction of the 
Front Avenue project past the Public Market Building, Portland. The matter 
was discussed at considerable length following which the Commission by unani- 
mous vote adopted the following resolution with respect thereto: 


WHEREAS, the State of Oregon and the City of Portland are 
cooperating in the acquisition of rights of way necessary for the 
promotion and completion of the Front Avenue Project in the City of 
Portland; and 


WHEREAS, one of the properties involved in said right of 
way acquisitions is the property generally known as the Public Market, 
fee title to which is in the Public Market Company of Portland; and 


WHEREAS, there exists between the owners of said property 
and the City of Portland a controversy with respect to whether title 
to said property shall remain in the Public Market Company of Portland 
or be taken over by the City, which said controversy is now the sub- 
neat of litigation pending in the Supreme Court of the State of Oregon; 
anc; 


approval or acceptance of any alteration or installation contemplated 
hereby as satisfactory, nor as relinquishing any right to damages or 
compensation based on the fact that the new installations may be less 
satisfactory, less convenient or less economical to operate than the 
present facilities, and that the Market Company does not waive, relin- 
quish or release any rights of any kind or character for damages or 
compensation of any kind based on, arising out of or connected with 
any changes or alterations, installations or other work carried on by 
the Highway Commission and/or the City of Portland, as contemplated 
by this resolution, and any consent given by the Market Company shall 
be entirely without prejudice to any right of any kind or character 
and without being deemed to have waived any right to any damages of 
any kind or character or in any amount. 


8. That a duly certified copy of this resolution be deliv- 
ered to the Honorable R. E. Riley, as Mayor of the City of Portland, 
and a duly certified copy delivered to Mr. P. W. Cookingham, as 
Attorney for the owmers of said Public Market. 


9. That this resolution be entered in the minutes and rec- 
ords of the Commission as of the date of March 20, 1942. 


*Resolution and map filed in General Files (Administration, Commission, 
Resolutions - Right of Way file) 


The Attorney reported on the matter of paying federal tax in connec- 
tion with purchases of electrical energy. He advised that, as instructed by 
the Commission at the previous meeting, he wrote the Portland General Electric 
Company relative to the payment of this tax and received a reply from the com- 
pany's attorney, Mr. Peck, that the company is required by law to make the 
charge and that the law does not exempt the state from pcyment of the tax nor 
is there any provision made in the lew for rebate in behalf of the state so 
there appears to be nothing that the company can do about it regardless of the 
fact that the company does not pay over to the government the moneys it re- 
ceives by reason of the tax. The Attorney advised that he does not concur in 
the opinion of Mr. Peck and read aloud a provision of the law which states 
that no tax shall be imposed in certain instances. The Engineer advised that 
there are several vouchers in process of payment in favor of the Portland G:n- 
eral Electric Company and suggested that such vouchers be not paid until this 
controversial matter has been decided. The Commission approved the suggestion 
end instructed the Attorney to continue his investigations of the matter. 


The Commission discussed a letter from Ear] C. Reynolds, Executive 
Secretary, Klamath County Chamber of Commerce, urging the Commission to con- 
tract additional improvements on The Dalles-California Highway, between 
Klamath Falls and Modoc Point, so as to complete the reconstruction of this 
section to modern standards at the earliest possible time. The Engineer 
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2. That the Public Market Company of Portland, in which com- 
pany is vested legal title to said Market property be likewise and it 
hereby is requested, subject to conditions hereinafter set forth, to 
consent to and permit the State to go upon said property and make the 
changes, alterations and improvements herein proposed. 


3. That the changes, modifications and alterations for which 
authority and approval hereby is requested shall consist of the removal 
of the existing concrete platform along the east side of the Public 
Market Building, including the footings of the platform, and the sur- 
facing or paving of the area between said building and the harbor wall, 
and shall consist also of the changes and modifications disclosed and 
shown on the blueprint marked Exhibit A and in the specifications en- 
titled "New Sawdust Conveyor for the Public Market Building in Portland, 
Oregon", marked Exhibit B, and the specifications entitled "Relocation 
of Fuel 0il Tank in Public Market Building, Portland, Oregon", marked 
Exhibit C, each of which said exhibits is attached hereto and made a 
part hereof + 


4. That nothing in this resolution and no action taken by 
the City of Portland and/or by the Public Market Company of Portland 
in response to and with respect to this resolution shall be deemed or 
construed in any way to restrict, impair or control either the City 
of Portland or the owners of said Public Market Building in any liti- 
gation now pending either in the Supreme Court of the State of Oregon 
or in the Circuit Court of the State of Oregon for Multnomah County, 
but said matters and issues involved therein, and all of the rights 
and interests of the parties concerned in said pending lawsuits, shall 
remain unaffected by anything which the Highway Commission may do or 
any encroachment which may be made upon said property by the State in 
the furtherance of said Front Avenue Project. In other words, the 
rights of all parties involved, including the State, shall be in all 
particulars preserved. 


5. It is recognized that when the platform on the east side 
of the Market Building has been removed some other arrangement and 
some special privileges will have to be provided for the delivery of 
produce and other commodities at the Front Street entrance, and, there- 
fore, and for such purpose the City is requested to provide by ordi- 
nance or otherwise for such temporary or substitute arrangements and 
privileges. 


6. That the Chief Engineer of the Oregon State Highway Com- 
mission be instructed, if and when said alterations and changes are 
made, to employ every practical and feasible method and observe every 
precaution so that there may be reduced to the minimum any and all 
interference to or with the occupants of said Public Market Building 
and the patrons of the same. 


7. That no consent given or other action taken by the Pub- 
lic Market Company of Portland shall be deemed or considered as an 
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Department at the rate of $2.50 per acre. The United States 

Grazing Service, he said, has changed its attitude with respect to 
exchange of the properties and now wants the state to lease the 
government lands on a yearly basis, as is being done with respect 

to the preservation of juniper tracts between Bend and Horse Ridge. 
He condemned such plan in this instance and recommended that the 
government property be acquired outright in accordance with the 
original arrangement. The Commission approved the recommendation and 
instructed the Parks Superintendent to notify the State Land Board 
and the United States Grazing Service accordingly. 


Silver Creek Falls CCC Camp:-The Parks Superintendent reported 
necessity to renew the Silver Creek Falls CCC Camp for a period of 
one year, beginning on the first of April, 1942. He explained 
that this is the only state park camp under CCC Camp jurisdiction in 
the entire west and that he would like particularly to retain this 
camp for fire-protection purposes, and recommended approval of the 
camp. The Commission approved the recommendation. 


In this connection the Parks Superintendent presented a progress 
report for the month of February on operations in this camp, which 
report the Commission approved by unanimous vote. 


Tree cutting in Emigrant Park:-The matter of permitting the 
Pacific Telephone and Telegraph Company to fall certain trees in 
Emigrant Park to facilitate construction of a new telephone pole 
line was brought up for discussion by the Parks Superintendent. He 
advised that the company has already built its pole line and advises 
that there are some 56 trees located on the Emigrant Hill timber 
reserve, between mileposts 258 and 259, which are a menace thereto. 
The company, he said, has asked the privilege of cutting these trees 
and has agreed to pay for them. He recommended approval of the re- 
quest. The Commission approved the recommendation. 


Addition to state park west of Eugene:-The Parks Superintendent 
advised that the Commission is now leasing from the federal govern- 
ment certain 0 & C lands situate at the summit of the Siuslaw Hijnway, 
west of Eugene. As a protection for this park, he recommended tne 
leasing of additional land from the government at this point whici, 
he said, can be obtained upon the payment of a yearly rental charge 
of $5.00, such lands being described as the SE{ of the SE¢ of Section 
1, Township 16 South, Range 7 West, W. M., Lane County. The Commis- 
sion approved the lease of such additional lands. 


Parks Department financial report: The Parks Superintendent 
reported the following report on activities of his department: 
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advised that he advised Mr. Reynolds of the status of highway funds and the 
necessity to secure army approval on all projects before federal funds could 
be obtained to finance construction work. The Commission approved the reply. 


The Engineer reported results of investigations relative to the 
routing of south-bound Pacific Highway traffic along Front Street in Medford, 
rather than on Central Avenue, as was suggested by a delegation which appeared 
before the Commission at the previous meeting. (See detailed report in letter 
dated March 13, 1942, from K. D. Lytle, Division Engineer, to H. G. Smith, Con- 
struction Engineer.) After full discussion of the facts presented the Commis- 
sion decided unanimously to adhere to the original plan which provides for the 
routing of such traffic along Central Avenue. 


The Engineer also reported on the cost to conduct snow removal opera- 
tions on the McKenzie Highway over McKenzie Pass so as to open up this highway 
for general public travel on April 15. He estimated such expense at $1,000 if 
the work were started at once, and at $500 if the work were started about April 15. 
However, he said, in the latter case the highway would not be available for pub- 
lic use until May 1. He recommended the opening of the road by April 15 notwith- 
standing the extra expense involved. The Commission approved the recommendation. 


The Engineer reported receipt of a request from Admiral Freeman of 
the United States Navy for the further improvement of the Cape Arago Secondary 
State Highway, as a national defense project. The Commission approved the proj- 
ect and authorized the Engineer to advertise it for bids to be received if and 
when formal governmental approval has been obtained. 


The State Parks Superintendent was present and reported on the fol- 
lowing matters: 


Acquisition of juniper wayside tracts along the Central Oregon 
Highway between Bend and Burns:-The Parks Superintendent presented a 
form of "field" agreement between the State Highway Commission and 
the United States Department of Interior, Grazing Service, covering 
the joint preservation of juniper tracts situate along this section, 
particularly between Bend and Horse Ridge. He explained that there 
are a number of 40 acre tracts that will be withdrawn from public 
entry by this agreement, which has been prepared on an annual basis 
and is to be renewed from year to year; also, that by this agreement 
the State Highway Department will act in a patrol capacity over the 
area set aside, but will not be required to assume any expense. The 
Commission approved the agreement and thereupon signed the same. 


Juniper wayside strips between Redmond and Bend:-The Parks Super- 
intendent also brought up for discussion the acquisition of juniper 
timbered tracts adjacent to The Dalles-California Highway between 
Bend and Redmond. He stated that these lands are owned by the fed- 
eral government and the original plan was to effect an exchange of 
state-owned lands in Harney County for the same, which state lands 
are owned by the State Land Board but can be purchased by the Highway 


WHEREAS, the OREGON STATE HIGHWAY COMMISSION and PAUL 
SCHUTTPELZ made and entered into an agreement on the 5th day of 
March, 1938; and 


WHEREAS, by the terms of the said agreement the High- 
way Commission granted to Paul Schuttpelz a temporary easement 
for a roadway over and across the East half of the Southeast 
quarter (E4 SE) of Section 25, Township 22 South, Range 13 West, 
W. M., Douglas County, Oregon, which said roadway was to be lo- 
cated not more than 100 feet southerly from the north boundary 
line of the State's property, and the center line of the said 
roadway was to commence at approximately highway engineer's sta- 
tion 90+30 on the Oregon Coast Highway and extend thence easterly 
et. 250 feet to the property of the said Paul Schuttpelz; 


WHEREAS, the said Paul Schuttpelz has not availed him- 
self of the said easement and has not constructed the roadway 
at the location agreed upon; and 


WHEREAS, the terms of the said agreement provided that 
the said easement was terminable by the Highway Commission with- 
out liability to the said Paul Schuttpelz, if and when, in the 
judgment of the State Highway Commission, the interests of the 
general public will be best served by so doing; and 


WHEREAS, it is now the opinion and judgment of the 
State Highway Commission that the interests of the general pub- 
lic will be best served by terminating and canceling the said 
easement; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission as follows: 


1. That the Commission does hereby terminate and can- 
cel tht certain easement for roadiey purposes granted to ful Schuttpelz 
by that certain agreement made and entered into the 5th day of 
March, 1938, by and between the State Highway Commission and 
the said Paul Schuttpelz. 


2. That the Secretary of the State Highway Commis- 
sion be and he hereby is instructed to mail, by registered post, 
a copy of this resolution to the said Paul Schuttpelz. 


3. That this resolution be entered in full in the 
minutes and records of this Commission. 


The Engineer presented a list of surveys that he has ordered since 
the last meeting of the Commission, and asked the Commission to confirm them 
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Expenditures 
Acquisition 
(see detail below)* $ 1,990.40 $1,468.41* $ 521.99 
Betterment, 2,921.69 3,031.60 109.91- 
Operation & Maintenance 42,334.85 6,400.66 35,934.19 
$47,246.94 $10,900.67 $36,346.27 
Acquisition Detail* 
Lane County: Wood Lot $ 30.00 
Linn County: Rova E. Conn 500.00 
Hood River County: Frances G. Horn 175.00 
Douglas County: K. R. Richards 700.40 
Legal Costs 


——63.0) 
Total Acquisition Costs - $1,468.41 
The Commission approved the report by unanimous vote. 


Cancellation of lease given to Paul Schuttpelz:-The Parks Super- 
intendent recalled that on March 5, 1938, the Commission entered into 
an agreement with Mr. Paul Schuttpelz by which Mr, Schuttpelz was given 
a temporary easement for a roadway over and across certain state park 
property in Douglas County, and that it was provided that such road- 
way should be constructed not more than 100 feet southerly from the 
north boundary line of the park. Mr. Schuttpelz, he said, has not 
constructed the roadway at the location agreed upon although he did 
build the road in another location. He further stated that certain 
logging interests now desire to construct and use a logging road in 
the location specified in the agreement for Mr. Schuttpelz's road. 

He recommended approval of this request and the cancellation of the 
Schuttpelz easement in view of the fact that Mr. Schuttpelz has not 
exercised his rights therein. The Commission approved the recommenda- 
tion and thereupon by unanimous vote adopted the following resolution 
in regard thereto: 
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Plans - - = = 130-1440 ~ Helix Jct.-Oregon-Washington Hwy. Section, Havana- 
Helix Hwy., Umatilla Co. 2nd authorization - $400 
Total to date 9900. 


Consideration was given by the Commission to the following requests 
for extensions of time within which to complete highway construction projects: 


Roy L. Houck, contract No. 2396, for grading and surfacing the 
tnomah County Line Section of the Columbia River High- 

way, in Columbia County, requested an extension of time, from Sep- 
tember 30, 1941, to July 1, 1942, within which to complete this job. 
He attributed his failure to complete the project within the speci- 
fied time limit to bad weather conditions and shortage of skilled 
labor and material. The Engineer advised that the reasons given by 
the contractor for overrun of time limit are substantially correct. 
Mr. “ouck, he said, had numerous jobs under way during the past 
season and under normal conditions it would have been possible for 
him to secure extra equipment to speed up the progress of the work; 
however, due to the wer emergency with its restricted priorities 
such @quipment was not available and it was difficult for Mr. Houck 
to obtain satisfactory skilled labor. He further advised that the 
state will incur considerable extra expense for engineering and the 
general traveling public will be somewhat inconvenienced due to non- 
completion of the work until 1942; nevertheless, for reasons stated, 
he recommended that the extension of time requested be granted with- 
out penalty notwithstanding that the Public Roads Administration does 
not concur therein, which means that the state will have to bear the 
extra engineering costs. A letter was presented from the Public 
Roads Administration stating its position. After discussion the 
Commission voted unanimously to grant the extension of time requested 
without penalty as recommended by the Engineer. 


M. L. O'Neil & Son, contract No. 2422, for grading, surfacing 
and oiling the Plunkett Creek-Read Creek Section of the Kings Valley 
Secondary Highway, in Benton County, requested an extension of time, 
from August 31 to October 18, 1941, within which to complete this 
job. They attributed their failure to complete the project within 
the specified time limit to bad weather conditions and their inabil- 
ity to obtain oiling equipment. The Engineer advised that all work 
on this job, except the oiling work, was completed within the speci- 
fied time limit and that it was not possible for the contractor to 
do the oiling work because of difficulties in securing oiling equip- 
ment. Furthermore, it would not have been possible for the contrac- 
tor to have completed the job on time if he had had the equipment 
available because of bad weather conditions during the latter part 
of August and throughout the month of September, He recommended, 
in view of the circumstances, that the extension of tim requested 
be granted without penalty. The Commission approved the recommenda- 
tion. 


Chester T. Lackey, contract No. 2434, for the Lapine Rock Pro- 
duction Project on The Dalles-California and Fremoni Highways, in 
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and the amounts allocated for each. After due consideration the Commission 
authorized and instructed the Engineer to make such location surveys on var- 
ious sections of the highways of this state, which said sections of highways, 
together with their identifying survey numbers and the amounts authorized and 
allocated for such survey expenditures are as follows: 


Prospect - - - - 1-1429 - Baker Rock Production Project, Old Oregon Trail, 
Baker County. 2nd authorization - $500 
Total to date $700. 


Right of Way - - 4-1464 - Astoria-Seaside Section, Oregon Coast Highway, 
Clatsop County. lst authorization - $700 


Plans- - - - -- 4-1455 - Neawanna Creek-Necanicum River Sec., Oregon Coast 
Hwy., Clatsop County. 2nd authorization - $570 
Total to date $3,570. 


Plans- - ---- 12-1427 - Beech Creek Section, Pendleton-John Day Highway, 
Grant County. 2nd authorization - $500 
Total to date $2,500. 


Locetion - ~ - -18-1452 — Modoc Point~Rarkley Springs Section, The Dalles- 
Calif. Hwy., Klamath Co, 4th authorization- $1,855 
Total to date $8,480. 


Plans- - - - - - 22-1447 - Sheep Ridge Section, Santiam Highway, Linn County. 
lst authorization - $500 
Plans- - - - - - 23-1425 - Baker County Line-Ontario Section, Old Oregon Trail, 
Malheur County. 2nd authorization - $800 


Total to date $13,800. 


Loc. & Plans - 226-1458 - Portland-Columbia Airport Section, Portland-Columbia 
Airport Hwy., Multnomah County. 
lst authorization - $400 


Plans- - - + - 130-1441 - Weston Mt.-McDougall Camp Section, Weston-Elgin Hwy., 
Umatilla County. 2nd authorization - $124 
Total to date $1,034. 


Location - - - - 2-1430 - Rickreall—Corvallis Section, Pacific Highway West, 


Benton County. lst authorization - $14,000 
Plans- - - - - - 3-1433 - Wilsonville Flight Strip, West Portland-Hubbard Hwy., 

Clackamas County. lst authorization - $500 
Test Pit - - - -17-1417 - Sexton Mountain Section, Pacific Highway, Josephine 

County. lst authorization - $900 


Test Pit 


-—29-1438 - Honey Ranch-Three River Quarry Section, Three Rivers 
Hwy., Tillamook County. lst authorization - $40 
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which caused considerable trouble in his plant operation; also to bad 
weather conditions and delays in securing machinery and repair parts. 
The Engineer advised that this contract was awarded two weeks after 
bids were taken for the same, which would automatically extend the 
time for completion. He also advised that the contractor experienced 
considerable trouble in securing suitable repair parts, as stated. 
The delay, he said, has not inconvenienced the general traveling pub- 
lie and the state has not incurred any extra expense for engineering 
supervision. He recommended, in view of the circumstances, that the 
extension of time requested be granted without penalty, The Commis- 
sion approved the recommendation. 


Porter W, Yett, contract No. 2547, for grade widening on the 

Interstate Bridge-Oregon Slough Section of the Pacific Highway East, 
a i Multnomah County, requested an extension of time, from January 
E 15 to January 31, 1942, within which to complete this job. He attri- 
buted his failure to complete the project within the specified time 
limit to adverse weather conditions and to changes ordered by the 
Engineer with respect to the borrow pit, involving negotiations with 
the adjacent property omers. The Engineer advised that the reasons 
given by the contractor for overrun of time limit are correct. He 
recommended, in view of the circumstan_es, that the extension of 
time requested be granted without penalty. The Commission approved 
the recommendation. 


The Engineer reported that contracts Nos. 2318, 2422, 2434, 2449, 
2502 and 2547, for the construction of state highway projects, have been 
completed according to the requirements of the contracts or modifications 
thereof, and that said jobs are now ready for acceptance. The following 
resolution accepting the above projects was offered and adopted by the un- 
animous vote of the Commission: 


WHEREAS, the Engineer has reported that the following 
State Highway Commission contracts for the construction of state 
highway projects have been completed according to the terms and 
provisions of the contracts, and that said jobs are now ready for 


acceptance: 


Contract No. 2318, with W. D. Miller Construction 
Company, for construction of a bridge and a concrete 
siphon on the Lost River-Malin Section of the Klamath 
Falls-Malin Highway, in Klamath County. Completed June 
25, 1941. 


Contract No. 2422, with M. L. O'Neil and Son, for 
grading, surfacing and oiling the Plunkett Creek-Read 
Creek Section of the Kings Valley Secondary Highway, in 
Benton County. Completed October 15, 1941. 


Contract No, 2434, with Chester T. Lackey, for the 
Lapine Rock Production Project on The Dalles-California 


ee 


Deschutes and Klamath Vounties, requested an extension of time, from 
September 30, 1941, to January 3, 1942, within which to complete this 
job. He attributed his failure to complete the project within the speci- 
fied time limit to bad weather conditions, delays encountered in securing 
repair parts and satisfactory labor. The Engineer advised that this con- 
tract was a maintenance material job and that Mr. Lackey was unable to 
start the work for a considerable time after the award of the contract 
because of other work that he had under way on the Central Oregon Highway. 
He further stated that no inconvenience has been suffered by the general 
traveling public by reason of the delay and there will be no increase in 
the cost of engineering supervision. He recommended in view thereof that 
the extension of time requested be granted without penalty. The Commis- 
sion approved the recommendation. 


M. L. O'Neil & Son, contract No. 2449, for grading the Taylor Creek 
Section of the Ochoco Highway, in Wheeler County, requested an extension 
of time, from October 31, 1941, to January 2, 1942, within which to com 
plete this job. They attributed their failure to complete the project 
within the specified time limit to difficulties in securing satisfactory 
labor and the fact that there was more solid rock to be excavated than 
was anticipated. The Engineer advised that the contractor's failure to 
complete this project within the specified time limit did not inconveni- 
ence the general traveling public in any way, neither did it increase 
the state's expense for engineering supervision. He further stated that 
the contractor experienced considerable difficulty in securing men and 
materials for the job. He recommended, in view of the circumstances, 
that the extension of time requested be granted without penalty. A let- 
ter was presented from the Public Roads Administration concurring therein, 
The Cor rission approved the recommendation. 


E. L. Gates, contract No. 2495, for grading and surfacing the Kim- 
berly-Simas School Section of the Kimberly-Long Creek Secondary Highway, 
in Grant County, requested an additional extension of time, from Febru- 
ary 28 to June 1, 1942, within which to complete this job. He attributed 
his failure to complete the project on time to adverse weather conditions 
which made it necessary to close down the work. The Engineer advised 
that it was necessary to increase the excavation quantities on this job 
in order to raise the grade line above possible high water; also that, 
due to unusual conditions prevailing last summer, it was impossible for 
the contractor to obtain additional equipment to operate his several jobs 
simultaneously. He recommended, in view of the circumstances, that the 
extension of time requested be granted without penalty. A letter was 
preserited from the Public Roads Administration concurring therein, The 
Commission approved the recommendation. 


A. 0. Ekstrom, contract Wo. 2502, for furnishing crushed rock in 
stock piles for the Detroit-South Santiam Junction Section of the North 
Santiam Secondary Highway, in Linn and Marion Counties, requested an ex- 
tension of time, frem October 31, 1941, to February 7, 1942, within which 
to complete this job. He attributed his failure to complete the project 
within the specified time limit to the muddy condition of his quarry 


junction with the Albany-Corvallis Highway near Richmond School, a 
distance of about 4.5 miles, to a junction with the Wells County 
Road. 


Agreement with Clatsop County covering the improvement of the 
DeLaura Access Road in Warrenton. 


Bargain and sale deed conveying unto G. H. Billings and wife 
a portion of Lot 10, Block 3, City of Ashland. Right of way file 
No. 9689. 


Bargain and sale deed conveying unto Chris A. Vandran property 
situate in Lots 5 and 6, Block 73, Monteiths Southern Addition to 
Albany. Right of way file No. 5507. 


Bargain and sale deed conveying unto Henry Duyck and wife 10.75 
acres of land situate in the east half of Section 33, Township 2 
North, Range 3 West, W. M., Washington County. Right of way file 
No. 6528. 


Bargain and sale deed conveying unto H. L. Claycomb and wife 
three parcels of land situate in Lots 7, 8 and 9, Block 3, City of 
Ashland. Right of way file No. 9682. 


Bargain and sale deed conveying unto W. G. Hellier approxi- 
mately four acres of land situate in the Northwest quarter (NW+) 
of Section 34, Township 31 South, Range 15 West, W. M.; and in the 
Southeast quarter (SE;)of the Northeast quarter (NE?) of Section 
33, Township 31 South, Range 15 West, W. M., Curry County. Right 
of way file No. 10107. 


There being no further business to come before the Yommission at 
this time the meeting was declared adjourned at 5:45 p. m. 
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and Fremont Highways, in Deschutes and Klamath Counties. 
Completed January 3, 1942. 


Contract No. 2449, with M. L. O'Neil am Son, for 
grading the Taylor Creek Section of the Ochoco Highway, 
in Wheeler County. Completed January 1, 1942. 


Contract No. 2502, with A. 0. Ekstrom, for the Det- 
roit-South Santiam Junction Rock Production Project on 
the North Santiam Secondary Highway, in Linn and Marion 
Counties. Completed February 7, 1942. 


Contract No. 2547, with Porter W. Yett, for roadbed 
widening on the Interstate Bridge-Oregon Slough Section 
of the Pacific Highway East, in Multnomah County. Com- 
pleted January 31, 1942. 


THEREFORE, BE IT RESOLVED that the work covered by said 
state highway contracts for the construction of said state highway 
projects be declared completed according to the terms of the re- 
spective contracts, and said jobs are hereby accepted and final pay- 
ment in connection with each is hereby authorized. 


The Commission considered and signed agreements, et cetera, as fol- 
lows: 


Agreement with the Board of County Commissioners of Multnomah 
County, relative to the construction and maintenance of the Portland 
Air Base East Access Road, 


Agreements with the following cities and towns, covering improve- 
ment of certain city streets that are not on state highway routes: 


Dayton St. Helens Gaston Chiloquin 
Forest Grove Medford West Linn Sherwood 


Agreement with Jackson County providing for the maintenance of 
one-way -raffic on the Crater Lake Highway and on Bybee County Road 
during construction of the Medford cantonment. 


Agreement with the Coos Bay Dredging Company, disposing of its 
claim for extra compensation arising out of contract No. 2339, for 
the construction of the Bandon Section of the Oregon Coast Highway. 


Agreement with Marion County, covering maintenance of the North 
Sanhtiam County Road between Miagara and Detroit. 


Agreement with Benton County, providing for the reconstruction 
and improvement of the Independence County Road northerly from its 
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Sub ject 


Travel & Information Dept. Expenditure of 915,000 for news- 
paper advertising recommended by Advisory Comittee. 
ur. Ben Titus requests authority to attend meeting of ad- 
vertising agencies in Seattle, April 3. (See P. 10963) 

Real property. Resolution authorizing acquisition. 

Condemnation, Recommended offer for C. M. Parker property, 
Medford. Kesolution adopted. 

Lake County. Drews Gap-Cottonwood Creek Section, Klamath 
Falls-Lakeview Highway. Abandonment resolution adopted. 

Deschutes County. Bend, 40 acres under lease from govern- 
ment for borrow pit relinquished to city for airport site. 

Government stipulations. Forms required for securiig right 
of way easements across The Dalles-California and Boardman- 
Stanfield Highways approved. 

Lincoln County, Toledo. Request of V. L. Moore for abandon- 
ment of roadway to stock pile site refused. Gate to be con- 
structed. 3&' strip of roadway to be deeded to tir, Moore. 

Log hauling. Regulations modified re tolerance for axle load- 
ing of tandem axle trucks and semitrailers. 

One-log loads. Regulations adopted re hauling. Loads to 
be weighed in woods. (See P. 10966) 

Political activities. Letter to all employees prohibiting 
political activities approved, 

Steel rails. Purchase of old steel at Klamath Falls, for use 
in bridge construction, discussed. (See P. 10964) 

Claim. Action against F. A. Greer and James Saint, for re- 
moval of guardrail from old Coalbank Slough Bridge, to be 
dropped. 

Crook County. Mill Creek- .arks Creek Section, Ochoco ‘ighway. 
Request for maintenance of abandoned road as stock driveway 
denied, 

Eyuipment. Engineer reports air compressor, acquired with 
Eugene right of way, being used at Odell Lake Maintenance 
Site. 

Tlectric power purchases. Payment of tax on electric bills 
to be withheld. Engineer to report on names of companies 
concerned, 

Columbia County. Deer Island. Elimination of curve in front 
of school grounds reconsidered. 

Projects. Engineer to submit list of projects promised for 
1942 construction. 

Hood River County. Cascade Locks. Oiling of shoulders 
through town, promised for 1942 construction, deferred. 

Wallowa County. Lostine. City's request, for improvement of 
streets not on state highway routes, denied. 

Curry County. Gold Beach, Oregon Coast Highway. Securing of 
options for right of way discussed. Action deferred. 
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Clatsop County. Short Sand Beach Park. Purchase of 360-acre 
timber tract approved. Sale of timber under selective cut- 
ting plan approved. 

Salaries & wages. Iicreases approved, effective April 1, 1942. 
Increase for higher paid employees to be considered later. 

Financial report. Engineer presents report on status of de- 
partment's finances. No action. 

Jefferson County. The Dalles-California Highway. Request of 
H. L. Priday, Gateway, for cattle pass at MP 77.78, denied. 

Klamath County. Sprague River Road. Matter of construction 
discussed. Action deferred. 

Tillamook County. Wilson River bridge, second crossing of 
Wilson River. Widening authorized. 

Lincoln County. Steel bridge on county road in Toledo. County 
requests aid in repair and painting. 

Toledo. Construction of sidewalk to be deferred. 

Coos County. Eastside. Construction of sidewalk to be de- 
ferred. 

Permits. Pacific Truck Express Co.'s request for permit to 
operate train of vehicles denied. 

Awards. Commission confirms following awards: 

Air Base-Columbia Bottom Road Sec., Parker-Schran Company; 
Willamette River Bridge, Harrisburg, Tom Lillebo. 

Claim. Benjaiin F. NcConnell requests reimbursement for damages 
resulting from fistic encounter with blmer Stokes. Nenied. 

Radio program, “Oregon on Parade." Ben Titus to report on 
plans for 1942 program. 

Douglas County. Tiller-Trail Secondary Hwy. Agreement with 
South Umpqua Telephone Co. re moving of poles approved. 

Claim. Joseph “, Boyer claims damages for accident on Dooley 
Mountain section involving state truck. 

Yamhill County. County court accepts jurisdiction over certain 
sectionsof highwaysabandoned by state, as follows: 

Rex Hill Section of State Highway llo. 99W 

Muddy Creek-Pringle Corner Section of McMinnville-Tillamook 
Highway. (Three Rivers Highway.) 

Old Spaulding Ranch Section, Salem-Dayton Secondary Highway. 

Lake County. Resolutions from county court re disposal of 
certain portions of old Flanath Falls-Lakeview Highway, 
abandoned by state. 

Benton County. County court accepts jurisdiction over portion 
of Kings Valley Secondary Highway, abanconec by state. 

Clatsop County. Elsie-Jewell County Road, Agreement with county 
to be prepared, covering maintenance and jurisdiction. 

Detour roads. laintenance of county roads used as detours 
duxing highway construction discussed, Agreements with 
counties to be prepared covering state maintenance. 

Log hauling. Forest Grove. Hazard caused by hauling of long 
piling through tow discussed. City requests "no parking" 
areas near intersections to eliminate hazard. 
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Subject 


Bids received on following projects: 


Baker Rock Production Project; 


Section "A", S. Unit, Antelope Creok-Medford Sec., grad. & pav.$ 
Section "BY, S. Unit, Antelope Creek-Medferd Sec., grad.& pave; 


South Unit, Antelope Creek-Medford Section, structures; 
Lebanon-Sweet Home Rock Production. 

Group insurance. Delegation from California Western States Life 
Insurance Co. confers re furnishing insurance. Engineer to 
report on other companies. 

Jackson County. Plaza Corner, Ashland. Project approved for 
construction, if priority rating can be secured. 

Remodeling of buildings in connection with project discussed, 
particularly remodeling of Claycomb garage. 
Engineer instructed to obtain definite decision from govern- 
ment re approval or disapproval of project. 

Polk County. Independence-Granger County Road. 4-County Can- 
tonment Council urges adoption as secondary state highway. 

Wasco County. Warm Springs River-iill Creek Section of Warm 
Springs Highway. Request of contractor, Max Kuney, for ter- 
mination of contract No. 2517 denied. 

Travel & Information Department. Increase in 1942 budget for 
newspaper advertising approved. 

Ben Titus authorized to attend meeting of Northwest Adver- 
tising Agency in Seattle, April 3, 1942. 

Steel rails. Purchase for use in bridge construction approved 

by Federal Price Administrator. Purchase authorized. 


Claim. Chas. F. Peake claim for damages resulting from collision 


with traffic island at Albany denied. 

Jackson County. Medford cantonment projects. Bids referred 
to Engineer with power to award when federal funds have been 
assured. 

Awards. Chairman announces awards of contracts. : 

Log hauling. Request of E. G. Whipple for permit to haul over- 
length piling over Elkton-Sutherlin Secondary Hwy. approved. 
Hauling of any length piling authorized for duration of war 
emergency, provided loads are flagged, etc. 

‘matilla County. Hermiston-Umatilla Ordnance Depot access 
road. Alternate routes discussed. Inspection to be made. 
Log hauling. One-log loads. Delegation re permits for move~ 
ments of large, single logs. Permits for loads up to 24' in 

length, not exceeding 65,000 lbs. approved. 

Log hauling. Delegation requests waiving of penalty for ower- 
loading, for duration of emergency. No action. 

Saturday afternoon and Sunday hauling. Delegation inquires 
re extension of privilege after June 1. Action deferred. 
Night-hauling of logs. Delegation suggests hauling be per- 
mitted up to 9:00 p. m. Aoproved, effective Yay 1, 1942. 

Coos County. Cape >janeo Secondary Highway, Hughes Ranch- 

Lighthouse Section. Project approved for advertising. 
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10981 Apr. 2 Contracts completed and accepted as follows: (Cont.) 
North Burgard Street Section, Portland, Porter ':. x 
Yett 3 
North Burgard Street Section, Portland, Porter W. 
Yett. 
Agreements, etc., signed as follows: 
City street improvements, following cities: West Salem, 
Newberg, Yamhill, Athena, Arlington; 
Colonial Construction Co., disposing of claim for extra 
compensation in connection with contract No. 2357; 
South Umpqua Telephone Co,, covering re-establishment of 
telephone poles on Tiller-Trail Secondary Highway; 
U. S. government, stipulations re acquisition of right of 
way for Boardman-Stanfield and The Dalles-Calif. Hwys. 
10982 Meeting dates. Regular meeting date set for April 23, 1942. 
(Later changed to April 30, 1942.) 

Apr. 30 Bids received on following projects and sale of buildings: 4 
Baker Rock Production; ; 
Lewisburg-Oorvallis Section, grading and paving; 

10983 Blodgett Overcrossing, reconstruction; 
North “illard Bridge over South Umpqua River; . 
Buchanan Rock Praduction; ’ 
Levanon-Sweet Home Rock Production; 
Sale of building at Eugene; é 
Sale of buildings in North Bend: ; é 
10984 Malheur County. Rome-Princeton Secondary Highway No. 442. g 
Delegation requests closing of portion for U. S. aerial 
gunnery range. : 
Resolution adopted closing portion of highway, from May 1 
to October 1, 1942. ’ 
10986 Army to be notified that Commission is willing to extend 
closed veriod to subsequent years upon request. r 
Harney County. Burns airport road, Delegation requesting 
improvenent informed that no funds are available. 
Burns-Hines Mill Section of Central Oregon Highway. Dele- 
gation requests oiling of footpath. Fine rock coating 
tentatively authorized. ; 
Contracts. Cancellation of five contracts affected by War Pro- 
duction Board's Order L-41 discussed. Decision deferred. 
10987 Sherman County. Fulton Canyon Secondary Highway. Construc- 
tion of new connection with Columbia River Highway requested hs Sy 
by county. (See P. 10988) , 
Polk and Benton Counties. Monmouth-Corvallis Section, Pacific 
Highway West. Report on survey. Engineer recommends adop- 
tion of "green" route. Decision deferred. (See P. 11015) 
10988 Polk County. Monmouth. Request for widening and improvement 
of East Main Street denied. 
Delegation requests adoption of certain route through town. 
Sherman County. Fulton Canyon Secondary Highway. Delegation 
requests construction of new connection with Columbia River % 
Highway. Improvement of present connection approved. 
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Subject 


log hauling. City streets. Secretary instructed to prepare 
list of cities affected by hazard of overlength log hauling. 

Permit. Log hauling. Request of Phil Willis for reinstatement 
of permit granted. 

Gordon T. Pickel requests reinstatement of permit. Avproved. | 
log hauling. Coos Bay Logging Co,'s request to haul, over Cape | 
Arago Secondary Hwy., overheight loads of lumber. Approved. 

Log hauling. General policy adopted authorizing overall heights 
up to feet. 

Oregon Coast Highway, north of Coquille. Hauling of loads up 
to 60' in length authorized, subject to results of test run. 

fermit. Request of Frank J. Fish for permit to haul 60' loads 

approved, subject to test run. 

leg hauling. North Santiam Highway Junction-Albany Section. 
Transportation of long-length piling approved if flagged. 

Tillamook County. ‘Tillamook Rock Production Project. Final 
payment to contractor F. C, Feldschau and Son, on contract 
No. 2371, tentatively approved. 

Claim. Colonial Construction Co. requests compensation for 
extra work performed in connection with contract No. 2357. 

Oregon Trail Centennial Celebration in 1943. Matter of con- 
tinuing endeav rs in connection with celebration discussed. 

Klamath County. Klamath Falls-Modoc Point Section, The Dalles- 
California Rwy. Letters from T. B. Watters re reconstruction, 

Permits. Request of L. 0. Nelson for permit to use wooden tires 
to be referred to Secretary of State. 

Gasoline tax legislation. HR 6750, exempting defense contrac~ 
tas from payment of gas tax. Sen. MeNary wires he will oppose. 
Ashland Chamber of Commerce urges Hon. Walter M. Pierce to 
oppose bill. 

Beach usage. Newport Agate Society urges Commission to prohibit 
taking of agate-bearing sand and gravel from Oregon beaches. 
Yamhill County. .Newberg. City requests permit to detour traf- 

fic during Army Day parade. Approved, 

Jackson County. Wedford cantonment. Attorney advises that 
routing for one-way traffic, adopted Feb. 13, 1942, has been 
changed. Corrected resolution adopted. 

Extensions of time, as follows: 

J. W. and J. R. Hillstrom, bridge over Coalhank Slough; 

Roy L. Bouck, Tigard Section; 

L. B. Janes, laboratory building at Salem; 

Roy L. Houck, Onion Flat Section; 

Trowbridge & Flynn Electric Co., Klamath Falls traffic signals; 

Porter W. Yett, Worth Burgard Street, gradins and paving. 
Contracts completed and accepted as follows: 

Coalban!: Slough Bridge, J. W. & d. R. Hillstrom; 

Tigard Section, Koy L. Houck; 

Testing Laboratory Building at Salem, L. B. James; 

Onion Flat Section, Roy L. Houck; 

Klamath Falls traffic signal system, Trowbridge & Flynn; 
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viultnomah County. Public Market Bldg., Portland. Agreement 
with City of Portland and Public Market Company approved. 

Washington County. Wolf Creek Highway. Negotiations with 
Jurgen La Frentz, for right of way, to be discontinued. 

Volf Creek Highway. WPA work to be discontinued. Construc- 
tion Engineer H. G. Smith and Mr. Devereaux to inspect work 
with a view to closing down project smoothly. 

Equipment. Road construction equipment left from WPA project 
on Wolf Creek Highway to be advertised for sale. (Later 
decided to rent equipment.) 

Marion County. Christian Ramseyer property south of Salem, 
Sale of lumber salvaged from property, to =. E. Weir, ap- 
proved, . 

Lease of property to A. Schweinfurth considered. 

Jackson County. Plaza Corner, Ashland. Reconstruction of 
H. L. Claycomb property deferred. 

Disposal of buildings discussed. Commission to inspect. 
Government stipulations. Klamath Falls-Lakeview try. Attorney 
reports on form of permit required by government for ri,ht 

of way across irrigation canals. 

Jefferson County. Madras Overcrossing, Warm Yprings Highway. 
Sale of tract of land to Howard F. Turner discussed. 

Sale of tract to Deschutes Grain & Feed Co. approved. 

Jefferson County. Warm Springs Highway. Request of Emil 
Henskie for fence construction denied. 

Multnomah County. Portland. Request of War Industries Co. 
to lease state property at Lincoln & First Sts. approved. 

Deschutes County. County court's resolution approved re 
abandoned vortion of Century Drive Secondary Highway. 

Polk County. County resolutions, concerning sections of old 
highways abandoned by state, approved as follows: 
Abandonment of three parcels on DallosCoast Secondary Hwy. 

between Buell and old Wallace Bridge; 

Abandonment and retention of certain sections of Dallas- 
Coast Secondary Hwy. between Evell and Salt Creek School; 

Abandonment of a section of Dallas-Coast Secondary Iighway 
near jill Creek; 

Abandonment of a portion of Independence Secondary Highway 
between Erunks Corner and Oak Point; 

Retention on county road system of followin,, sections: 
Portion of Dallas-Coast Secondary Hwy. between engi- 
neer's station 437+ 0 and foot of Butler Hill; 

Portion of Dallas-Coast Second. Hwy. from intersection 
with MeMinnville-Tillamook Hwy. to engineer's sta. 66+00 ; 
Section of Dallas-Coast Secondary Highway, between engi- 
neer's stations 132+00 and 169+00; 

Portion of Brunks Corner-Independence Second, Hwy. between 
intersection with Salem-Dallas Hwy. and Richreall Creek ; 

Abandonment of section of Dallas-Coast Secondary Highway 
between engineer's stations 314+18 and 335+83. 


. 


10989 Apr. 30 


10991 


10992 


10993 


10999 


11001 


11002 


11003 


Subject 


Coos County. Buildings at North Bend. Assistant Attorney 
requests instructions re disposal. (See P. 11008) 

Klamath County. The Dalles-California Highway north of Klam- 
ath Falls. Delegation requests further improvement. 

Awards. Chairman announces awards of contracts and sale of 
buildings. 

Contracts. Following approved for cancellation as result of 
War Production Board's Order I-41: 

No. 2556, with MN. L. O'Neil, Soda Mtn.-Silvies Section; 

No. 2552, with A. H. Saxton & Son, Campbell Bridge-Hazel- 
dale Section; 

No. 2528, with Rogers Construction Company, Diversion Canal- 
Midland Overcrossing Section, Klamath County; 

No, 2555, with Rogers Construction Company, South Unit, 
Enterprise-Forest Boundary Section, Wallowa County; 

No. 2553, with Norris Brothers. Porcupine Butte-Chichester 
Guleh Section. (Srbject to approval of contractor. ) 

Clackamas County, Milwaukie. Request of delegation for 
traffic signal south of Milwaukie denied. 

Construction of footbridge suspended from railroad trestle 
considered, to eliminate traffic hazard to children. 

Group insurance. Delegation from California Western States 
Life Insurance Company confers re furnishing life insurance 
to state employees. Action deferred, 

Minutes approved as follows: Minutes of meetings held on 
August 14 and 15, September 4 and 5, October 16 and 17, 
November 6, and November 17 and 18, 1941. 

Real property. Resolution authorizing acquisition, 

Condemnations. Recommended offers. Resolution adopted: 
Right of way for: Willamette and Pacific Highways. 

Lane County. Florence. Request of Western Lane County C. of C. 
for permit to construct road to tourist park denied, 

Curry County. Port Orford Cedar Park. Earl fk. Nixon inquires 
re state's agreement with Krome Mining Corporation. 

Claim. Lester Wilkins' claim for damages for destruction of 
well in Gilliam County discussed. 

Personnel. Ri ght-of-way buyers. Attorney reports some men 
must be laid off unless new assignments are provided, 

Surveys. List of projects authorized in order to provide 
work for right-of-way men. Projects on coast deferred. 
Attorney to report on cost to purchase right of way for 
each project. 

Right of way. Attorney authorized to acquire right of way 
for projects as soon as surveys are completed. (See list.) 
Curry County. Gold Beach. Acquisition of right of way auth- 
orized. Citizens to be notified no money will be expended 

for moving buildings, or for construction. 

Marion County. North Santiam Highway. Gravel pit near Mill 
City. Geo. Asper's request to lease gravel pit denied. 
Gravel pit to be fenced if necessary to prevent encroach- 
ment by public. 
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Page Date Subject 
1942 


11015 Apr. 30 Polk and Benton Counties. Monmouth-Corvallis Section. Reso- 
Intion adopted establishing permanent route. 
11017 Linn County. Sweet. Home. Request for widening of two cuts on 
Santiam Highway, one mile east of Sweet Home, denied. 
Klamath County. Sprague River County Road. Construction to 
be deferred. 
Midland-Worden Section, The Dalles-California Highway. Re- 
quest for construction of guard fence denied. 
Umatilla County. Weston-Elgin Second. Hwy. Request for in- 
provement of 5-mile section of MeDougall-Weston Sec. denied. 
Improvement requests. “equests for highway improvements 
costing in excess of $5,000 to be denied as matter of policy. 
Linn County. Albany-Lyons Secondary Highway. Roaring River 
Logging Co. requests {mprovement of three-mile section, or 
substitution of Richardson. Gap County Road as temporary 
secondary highway. 
11014 Maintenance of present route approved. Inspection to be 
made. 
Traffic paint. Eaperiment aperoved re painting center stripe 
in dashes instead of continuous line, to save paint. 
Award of contracts. Commission confirms following awards: 
Section "A" of South Unit, Antelope Creek-Medford Section, 
Berke Brothers; 
Section "BY of South Unit, Antelope Creek-liedford Section, 
Jacobsen-Jensen Company; 
Structure on South Unit, Antelope Creek-Medford Section, 
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5 Tru-Mix Concrete Company; 

a Grave Creek-Jumpoff Joe Creek Section, McNutt Brothers. 

i 11019 Reach usage. Resolution adopted prohibiting bonfires and 

$ fireworks on ocean beaches during hours of darkness, 

q 11020 Log hauling. J. Arthur Berg, Coquille, requests modification 
4s of weight regulations re log hauling. Denied. 

3 Traffic scales. Sweet Home scales. Removal to new location 

' west of Foster Bridge approved. 

i Skipanon scales. Chief Weighmaster reports that complaint 
q of log haulers re delay by weighmasters unfounded. 


log hauling. Logging oyerators to be required to furnish pub- 
lic liability and property damage insurance if operations 
cross highways. No deposit required. Logging operators to 
be billed for any damage to highways. 

1021 Violations not to be cited to Justices of Peace unless loads 
exceed allowable weight, plus tolerance, or weight determined 
by formula, plus 10%. 

Penalty for 4th offense for overloading to be same as that 
for first three offenses, 4-day suspension of permit. 
Yashington County, Gales Creek Road. State to maintain road 
pending completion of Wilson River Highway between Washburn 
and llorth Plains. 


11009 


11011 


11012 
11013 
11014 


11015 


Subject 


Ylamath County. Lost River Section, Klameth Falls-Malin 
Highway. Resolution adopted re abandon sant of portion. 

Meeting dates. Special meeting set for May 7 to receive bids 
in connection with sale of buildings. 

Chairman Cabell authorized to act in behalf of Commissioners 
Clough and Oliver in disposal of building matters. 

Jackson County. Medford. Formal bids to be received May 7 
to dispose of buildings at Medford. 

Coos County. North Bend. Question of rental of buildings to 
be disposed of at special meeting May 7. 

Multnomah County. Multnomah Station. Purchase of Ross Motor 
Building for maintenance site to be investigated. 

Josephine County. Grave Creek. Moser gravel pit controversy 
discussed. 

Polk and Benton Counties. Independence-Wells-Granger County 
Road, State maintenance approved. Agreement signed. 

Jackson County. Sams Valley Secondary Highway. kesolution 
adopted closing section as accommodation to Camp White. 

Electric power purchases. Release of warrants for electric 
service authorized. Power companies to be informed federal 
tax is being paid under protest. 

Radio program: "Oregon on Parade." Contribution to KOAC pro- 
gram approved. (See P. 11065) 

Federal aid funds. Letter from Thos. H. MacDonald, advising 
that availability of 1941 funds has been extended to June 
30, 1943, considered and filed. 

Financial report. Matters pertaining to highway department's 
finances discussed. 

Programs and projects. Statement presented, showing status of 
projects tentatively approved for construction this year. 
Wo projects to be deleted unless army refuses approval. 
Pr.gram to be rearranged to effect greatest possible savings. 

Forest Highway Program. Program for federal funds for year 
ending June 30, 1943, approved, 

Santiam Highway. Funds, for drainage and correction of slides, 
approved. 

Strategic military highways. Following projects disapproved 
by War Department: 

Columbia River Highway, Troutdale-Vo rbett Pro ject; 
Pacific Highway, Grants Pass-Roseburg Project. 

Insurance. Columbia Gorge snow removal operations. Renewal 
of insurance with Lloyd's London approved, in connection 
with agreement with 0.W.R.& WN. Company and U. P. Company. 

Bond. Method of renewal of State Highway Engineer's official 
bond discussed, Secretary instructed to secure suggestions 
from Insurance Commissioner. 

Marion County. Salem. Request of city council for widening 
of South 12th Street between Ferry and Mill Sts. to elimin- 
ate jog, denied. 


eet 


“age Date 
1942 
11025 May 7 


11026 


11027 


11022 


1102: vay 19 


11030 


11031 
11032 


11033 


11034 
11035 


11036 
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Subject 


Rids received on the following: 

Four buildings and tract of land at iedford. 

Awards, Chairman Cabell announces sale of buildings and 
tract of land at Medford, 

Buildinzs. Eugene and North Bend. Chairman Cabell announces 
sale of buildings, bids for which were received April 30. 

Equipment. Construction equipment used on Wolf Creek Hwy. 

WPA project to be advertised for rental at next meeting. 

Log hauling. Cannon Beach-Wheeler Section, Oregon Coast High- 
way. log hauling to be permitted on section. 

Permits. Shell Oil Company granted permit to haul overweight 
loads of gasoline over certain highways as emergency measure. 

Jackson County. Plaza Corner, Ashland, Project to be in- 
spected by Commission May 19, 1942. 

Coos County. Marshfield. Conference with Chamber of Commerce 
to be held May 18, 1942. 

Contracts. Report on status of construction jobs. Informa- 
tion to be secured from each contractor as to plans for 
completion of projects. 

Benton County. Alsea-Deadwood Secondary Highway. Request of 
D. F. Moehnke for improvement of 1}-mile section denied. 

Mr. iMoehnke authorized to make improvement at own expense. 

Gilliam County. Cottomwood Grade Section, Wasco-Heppner Sec- 
ondary ivy. Request of A, Z. Barnard for improvement denied. 

Jefferson County. The Dalles-Calif. 4wy., south of Madras. 

Request for surfacing of new section. Investigation of 
cost authorized, 

Malheur County. Ontario. Oiling of one block, on South 
First Avenue West, authorized. ity to pay cost of work. 

Klamath County. Sprague River County Road. Press clipping 
re improvement of Sprague River-Chiloquin Section by Indian 
Service. 

Toad limit. Umatilla River Bridge on Hermiston Secondary 
Highway. Resolution adopted placing load limit. 

Umatilla County. Hermiston-Ordnance Depot County Koad. 

To be maintained by state. ; 

Improvement requests. Performing work for cities and counties 
deferred for duration. 

War Production Board's Order L-4]1. Gen. Robt. Lee Bobbitt n 
suggests adoption of policy of cooperation by state highway : 
departments, Statement of policy approved for press release. % 
Formal resolution to be prepared. (See P, 11068) 

Contracts. Cancellation of five contracts affected by War 
Production Board's Order L-41 considered, Contractors to 
be consulted before cancellation. 

Clackamas & Marion Counties. Pudding River Bridge. 35-mile-pe? 
hour speed limit approved, Resolution adopted. 

Insurance, Columbia Gorge snow removal operations. Renewal 
of insurance with Lloyd's London approved. 

Klamath County. Lost River Section, Klamath Falls-Malin Hwy, 
Portion abandoned by state to be maintained by county. 


Page Date Subject 
1942 
11021 Apr. 30 Interstate Commerce Commission. Senate resolution covering 
emergency powers over motor carriers discussed. 

Priority ratings. Article from Engineering News-Record re 
machinery purchases to be placed on A-l priority basis by WPB. 

Pacific Highway. Oakland City Council, California, suggests 
highway be renamed MacArthur “oulevard. 

11022 Photographs. Prof. Alfred Jensen, U. of W. asks permission to 
take pictures of Oregon bridges, etc. 

Lane County. Eugene. City advises that alley east of High St. 
between 6th and Sth Sts. has been designated one-way alley. 
6th Avenue-High St. intersection. Engineer authorized to pro- 
ceed with improvement, 

Extensions of time: 

F. C. Feldschau & Son, Tillamook Rock Production; 
Frank Watt Construction Co., North Fork Necanicum River bridge; 
J. F. Johnston, bridge over Rogue River, near Grand Ronde. 
11023 Contracts completed and accepted as follows: 
North Fork Necanicum River bridge, Frank Watt Const. Co.; 
Roadside improvement on Tigard Section, Blair T. Alderman; 
Halsey Rock Production, A. H. Saxton & Son; 
Maintenance equipment shed at Alseg A. T. Fox; 
uaintenance aquipment shed at Tillamook, A. T. Fox. 
11024 Agreenents, etc., signed as follows: 
Washington County, re maintenance of Gales Creek Road; 
City of Portland, re construetion and maintenance of portion 
of North Burgard Street; 
W. W. Harris, covering hauling of logs across Van Duzer 
Corridor adjacent to Salmon River Highway; 
City of Portland and Public Warket Bldg. Co., re construction 
of Front Avenue Project in front of Public Market Building; 
City of Hermiston, re maintenance of city street; 
J. L. Wookn, renewing lease of maintenance site at Clatskanie; 
Eugene F. Hug, Sr., renewing lease of Elgin maintenance head- 
quarters site; 
Hunt Livestock Co., re lease of Maupin maintenance site; 
W. G. Hellier, covering sale of mineral deposits, Port Orford 
Cedar State Park; 
Benton County, Polk County and City of Independence, re 
maintenance of Independence-Wells-Granger County Road; 
Emil Duyck, granting easement to enter on state property ad- 
jacent to Wolf Creek Hyy. to maintain drainage ditches; 
Pargain and sale deed conveying unto Norman F. Berg, et al., 
1.03 acres of land in Columbia County; 
Bargain and sale deed conveying unto J. B, Johnson property 
in North Bend, Coos County; 
Quitclaim deed conveying unto Vincent L. Moore 9.047 acre 
of land in Lincoln County. 
11025 Meeting date. Next regular meeting date set for June 4, 1942. 
Date of interim meeting to »e decided later. 


Page Date 
1942 
11043 ifay 19 


11044 
11046 


11047 


Neo 


11048 June 3 
11054 


11055 


11060 


Subject 
Jackson County. Plaza Corner, Ashland. H. L. Claycomb 
property. Service station revision to be covered by 


supplemental agreement. 

Group insurance. California Western States Life Insurance 
Company's plan for group life insurance approved. Agree- 
ment to be prepared. 

Lane County, Goshen-Pleasant Hill Section. Willamette Hwy. 
Condemnation resolution adopted re Frank A. Moore prooerty. 

Meeting dates. Next two regular meeting dates set for June 4 
and June 25, 1942. 

Agreements, etc,., signed as follows: 

City of Forest Grove, re maintenance of streets being ten- 
porarily used for Wilson River Highway traffic; 

City of Lakeview, providing for maintenance of certain city 
streets not on state highways; 

Sweethome Warehouse Company, providing for renewal 
for Sweethome maintenance headquarters; 

A. T, Dolan, providing for lease of Seaside maintenance 
headquarters site; 

Syneva Lindberg, modification of lease agreement re Port 
Orford maintenance headquarters site; 
Great Northern Railway Co., covering reconstruction of 
overoass, Klamath Falls-Nalin Highway east of verrill; 
YOAC radio station, re contribution of state highway funds 
for “Oregon on Parade" radio program for 1942; 

Crook County, re oiling of Hardin County Road; 

Deschutes County, re construction of portion of Terrebonne- 
Lower Bridge Federal Aid Secondary Highway; 

Rogue River Valley Irrigation District, petitioning district 
for relief from payment of annual fees and assessments. 

Real property. Resolution adopted authorizing acquisition. 

Access roads. Settlements for properties needed for right of 
way approved by W. 4. Lynch, Public Roads Administration. 

Douglas County. Camas Mountain State Park, Parks Superin- 
tendent confers re acquisition of property now under lease. 
from government. 

State parks leased from federal government. Arrangements to 
be made with counties to assist in acquisition of parks by 
exchange of properties. 

Government leases. Payment Sitio ven for another year. 
Purchase from cai shinee of additional areas deferred. 

Multnomah County. Swan Island and North Portland Access Roads. 
Acquisition of right of way from city and county discussed. 

Lane County. Eugene. Intersection of Sixth and High Streets. 
Revised plans for improvement approved. 

Condemnation. Recommended offers. Resolution adopted: 

Right cf way: Pacific Highway West, North ortlan nd Ship- 
yard Access Road, Pacific Highway, Oregon Coast # ii ghway. 

Polk County. Benton County Line-Monmouti Section. A. F. 
Elkins property. Condemnation authorized. 


of lease 


Page Date Subject 
1942 
11036 May 19 Clatsop County. Elsie-dewell County Road. Proposed agree- 
ment with county, re state maintenance, discussed. 
Log hauling. Resolution adopted re Saturday afternoon and 
Sunday log hauling. 
11037 War emergency transportation permit. Log hauling to be pro- 
hibited under such permit. 
Insurance companies to be consulted re action taken when 
assured is found to be violating provisions of permit. 
Traffic scales. Coquille. Request of E. A. Borel, for moving 
of scales to facilitate weighing of chrome ore, denied. 
11038 Permits. Request of Bekins Moving & Storage Co. and Pacific Ex-- 
press Co., for permits to operate trains of vehicles, approved. 
Permaits to be granted other comsanies for trains of vehicles, 
if air brakes satisfactory. Permits to be of temporary nature. 
Hood River County. Columbia Gorge Highway. Judge C, D, Nickel- 
sen urges additional construction. Judge Nickelsen invited 
to attend next meeting to discuss matter. 
Jackson County. Camp White Cantonment. Army requests deed to 
stock pile site. Method of settlement approved. 
Sams Valley Secondary Highway. Right of way within Camp 
White not to be deeded to government. 
11039 Defense transportation. Commission protests government orders 
relative to loading of trucks. 
Traffic scales. Newport. Truck owmers to be allowed to use 
state scales in connection with securing licenses. 
11040 Morrow County. Ione-Beckner Section, Ione-Gooseberry County 
Road. Oiling with state forces approved at county's expense. 
Deschutes County. Cline Falls Secondary Highway. Request for 
oiling of 3.9-«aile section denied. 
Tunalo-Deschutes Secondary Highway. Request for oiling of 
3.6-mile section denied. 
Clatsop County. Fort Stevens Road. Colonel Irwin requests 
improvement. Investigation ordered. 
Lane County. Eugene. Request of city, for revision of stop- 
signing on Broadway and Pearl Streets, approved, 
Jackson County. Plaza Corner, Ashland. Project inspected 
with city officials. Plan for temporary improvement approved. 
11041 Demolition of buildings to be done by city. 
Buildings next to alley to be rented to present tenants un- 
til needed for highway improvement. . 
Jackson County. Medford. Buildings sod, for witich bids were 
received on May 7. 
11042 Jackson County. Crater Lake Highway. Purchase of right of 
way from A. L. Daugherty. Resolution adopted re deed, 4s 
requested by Farm Security Administration. 
11043 Jefferson County. The Cove State Park, Request of the Bureau of 
Reclamation for road easement, for construction of power 
plant unit, approved, 
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11075 
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Date 
1942 


June 4 


Subject 


Malheur County. Jordan Valley-Idaho State Line Section of 
ION Highway. Delegation from Arrow Transportation Co, re- 
quests improvement. Investigation to be made. 

linn County. Delegation re improvement of county road near 
Scio, as temporary detour for Albany-Lyons Second. Highway. 

Lane County. McKenzie Highway. Lane Co. Electric Assn.'s re- 
quest for permit to construct pole line granted. 

Multnomah County. Parkrose. Delegation requests oiling of 
shoulders on Sandy Boulevard through Parkrose district. 

Minutes approved as follows: December 18, 1941; January 5, 
January 21, and February 13, 1942. 

War Production Board's Order L-41, re construction work 
Press release approved, “esolution adopted re order, 

Awards. Chairman announces awards of contracts, and issues 
statement re sale of timber, rent of equipment, and sale 
of obsolete equipment and scrap materials. 

Coos County. iMarshfield-North Bend Section. Tenants to be 
asked to vacate buildings. Rents to be refunded. 

Project to be advertised for bids as soon as possible. 

Josephine Younty. Ox-Yoke Service Station. Sale of property 
to Mrs. Wary Andes approved. 

Multnomah County. Troutdale. Request of R. T. Johnson to 
maintain barbecue stand on state highway property granted. 
Linn County. Santiam Highway. Options for right of way only, 
through property of L. W. Hill, to be secured. 
Wayside strips. Matter of purchase deferred. 

Curry County. Knapp Hotel Bldg., Port Orford. Request of 
Leslie 0. Tichenor for salvaged lumber denied. Building 
not to be wrecked. 

Washington County. Vadis-Gardner Ranch Section, Wolf Creek 
Hwy. Negotiations for purchase of Jurgen La Frentz prop- 
erty to be continued. 

Jackson County. Plaza Corner, Ashland. Advancement of funds 
to H. L. Claycomb in connection with revision of proverty 
approved. 

Marion County. Champoey State Park. Attorney General's opinion 
to be secured re Commission's authority to assume maintenance. 

Hospital Associations. Request of National Hospital Associ- 
ation for permission to increase rates approved. 

Traffic scales. Pendleton-John Day Highway near Seneca. In- 
stallation considered. Suitable site for scales to be 
selected, 

Harney County. Footpath, Burns-"ines Mill Section. Fine 
rock surfacing authorized. 

Wallowa County. Little Sheep Creek Secondary Highway. Repair 
of damage caused by cloudburst approved. 

Equipment. Engineer reports on reduction of travel mileage 
of highway department automobiles. 

Jefferson County. Madras-Juniper butte Section, The Dailes- 
Calif. Hwy. Report on cost to surface 10.4 mile section. 


11061 


11062 June 4 


11064 


11065 


11066 


Subject 


Coos County. North Bend. J. D. Bergen greenhouse property. 
Settlement apnroved. Condemnation authorized, if necessary. 

Washington County. Wolf Creek Highway. Ernest and Fred Zur- 
char property. Negotiations for right of way to be resumed. 

Jackson County. Medford. Controversy with Postal Telegraph 
Co. re removal of poles from right of way discussed. 

Multnomah County. Portland. Swan Island Access Road Project. 
Removal of poles of Portland Traction Co. discussed. 

Coos County. Request of Krome Mining Corp. for construction of 
road to chrome ore deposit. Bids to be received at next 
meeting, if project is approved for federal access road funds. 

Survey. Vhrome mine access road, north of Bandon, in Coos Co. 
Survey authorized. 

Bids received on following projects, sale of timber, rent of 
construction equipment and sale of obsolete equipment and 
scrap materials: 

Lewisburg-Corvallis Section, grading and paving; 
Lewisburg-Yorvallis Section, widening three bridges; 
Port Orford Rock Production Pro ject; 

Belknap Springs-Fourmile Butte Rock Production Project; 
Buchanan Rock Production Project; 

Goshen-Pleasant Hill Section, grad., surf. and bit. mac.; 
Goshen-Pleasant Hill Section, bridges; 

Twelfth Street Section, Salem, pavement resurfacing; 
North Portland Shipyard Access Road Project, grad. and pav.; 
North Burgard Street, Portland, widening bridge; 

Swan Island Shipyard Access Hoad, grading and paving; 
Northeast Going Street, Portland, overcrossing structure; 
North Unit, Monmouth-benton County Line Section, grading; 
Monmouth-Benton County Line Section, grading and paving; 
Monmouth-Suver Section, bridges; 

Suver-Lewisburg Section, widening bridges; 
Monmouth-Suver Section, undercrossing near Helmick Park; 
Sale of timber on tract north of Nehalem; 

Rent of state-owned heavy construction equipment ; 

Sale of obsolete equipment and scrap materials at Salem, 
Vlamath Falls, Voquille ani La Grande. 

Radio program, "Oregon on Parade." Burton Futton confers re 
KOAC program. Cancellation of program approved. 

Travel and Information Department. Advertising expense or- 
dered curtailed. 

Polk County. Delegation requests following surveys: 
Independence Bridge, to establish permanent location; 
Monmouth-Independence Highway, to establish permanent 
location. 

Surveys: Preliminary surveys authorized, as follows: 
Independence Bridge, over Willamette River, Polk County; 
Monmouth-Independence Highway, Polk County. 

Coos and Curry Counties. Professor Gleeson confers re chrome 
mining on Oregon beaches. Conference to be held with State 
Land Board. 


Page Date Subject 
1942 
11082 June 4 Contracts completed and accepted, as follows: (Cont.) 

Kimberly-Simas School Section, E. I,. Gates; 

Independence (B Street-isonmouth Street) Section, The United 
Contracting Company; 

Middle Unit, Crabtree Corner-Lebanon Section, Warren North- 
west, Inc. ; 

Salt Creek-HYanley Ranch Section, Norris Brothers; 

11083 Rogue River Bridge, J. F. Johnston; 
, Corbett Section, Colonial Construction Company; 

Sisters Rock Production Project, E. C. Hall Company. 

Agreements, etc., signed as follows: 

H, L, Vlaycomb, re revision of service station site, Ashland; 

California »estern States Life Insurance Co., re furnishing 
group life insurance to state highway employees; 

Rogers Construction Company, re cancellation of contract No. 
2528, Diversion Canal-Midland Overcrossing; 

A, H. Saxton & Son, re cancellation of contract No. 2552, 
Campbell Fridge-Hazeldale Section; 

Norris Brothers, re cancellation of contract No. 2553, 
Porcupine Butte-Chichester Yulch Section; 

Rogers Construction Company, cancellation of contract No. 
2555, S. Unit, Enterprise-rorest Boundary Section; 

M. L. O'Neil & Son, cancellation of contract No. 2556, Soda 
Mountain-Silvies Section; 

Umatilla County, providing for state maintenance of Hermiston- 
Umatilla Ordnance Depot county road; 

City of Oakland, providing for improvement of Locust Street; 

11084 U. P. Co. and O.W.R.& N. Co., re lease of railroad property 
at Burns for installation of radio wires; 

Nehalem Valley Cooperative Electric Association, re furnish- 
ing of electrical service for Olney truck scales; 

U. P. Co. and O.W.R. & N. Co., "Certificate of Termination" 
in connection with snow removal agreement. New insurance 
being furnished 

Southern Pacific Company, providing for use of railroad 
property in North Bend, for storage purposes; 

Bargain and sale deed conveying unto Deschutes Grain & Feed 
Co. certain property at Madras Overcrossing, Jefferson Co. ; 

Bargain and sale deed conveying unto City of Albany five 
parcels of land in Albany; 

Bargain and sale deed conveying. unto H. L. Beardsley, 3308 
sq. ft. of land situate in Klamath Falls; 

Bargain and sale deed conveying unto Mabelkede Young and 
Walter C, de Young property in the City of Klamath Falls; 

Bargain and sale deed conveying unto Mary F. Parks property 
in Klamath Falls. 

Meeting dates. Next two regular meetings set for June 25 and 

July 16, 1922. 
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Date 
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June 


Surject 


Josephine vounty. Smith Hill Section, Pacific Highway. “eport 
on cost of surfacing. Action deferred. 

R. H. Baldock authorized to attend meeting of representatives 
of Office of Defense Transportation in Seattle, June 5, 1942. 

John Beakey authorized to attend meeting of representatives of 
Office of Defense Transportation, in Seattle, June 5, 1942. 

John Beakey authorized to attend meeting of Joint Committee on 
Uniform Trafic Control Devices, in Vhicago, June 24-27, 1942. 

Equipment. Following purchase authorized: 3 small shop air 
compressors. 

Bond. Renewal of State Highway Engineer's bond with same com 
panies approved, 

Gas rationing. Commission disapproves endorsemer.: of Colorado 
Advertiser and Publicity Committee's suggestion re issuance 
of vacation priority cards. 

Multnomah County. North Portland and Swan Island Shipyard Ac- 
cess Road Projects. Representatives of Oregon Shipbuilding 
Corporation urge immediate award of contracts. 

Lane County. Zlmira-Wyper's Corner Section of Territorial 
Secondary “ighway. Request for oiling denied. 

Ylamath County. Request of Lower FYlamath Lake Grazing Assn. 
for wideningof dike for two lanes of traffic denied. 

Deschutes County. Grange requests removal of restriction re 
farm trucking. 

Load limit. Yaquina River Bridge on Bddyville-Blodgett Second. 
Highway. Resolution adopted lifting load limit. 

Old Oregon Trail Historical Markers. Installation of addition- 
al markers to be deferred until after war. 

Insurance. Oregon Coast Highway bridges. Coos County Court 
suggests insurance of bridges against loss by sabotage. Ac- 
tion deferred pending investigation. 

Umatilla County. Hermiston-Umatilla Ordnance Depot County Rd. 
Request of county court for state maintenance approved. 

Parks Department. Superintendent's report on expenditures. 

Multnomah County. Latourell Falls, Purchase approved of a - 
40-acre tract owned by Geo. W. Joseph, Jr. , 

Jefferson vounty. Peter Skene Ogden State Park. Sale of 
water rignt approved. 

warion County. Silver Creek Falls State Park, Application 
of Harry C. Corn for park concession considered. 

Curry Vounty. Harris Beach State Park. Matter of occupancy 
of park by Mrs. Anna Barclay discussed. 

Clatsop County. Short Sand Beach State Park. Sale of timber 
ordered readvertised at next meeting. 

Dxtension of time, as follows: Lindstrom Brothers, reconstruc- 
tion of approach to Hawthorne Street Bridge. 

Contracts completed and accepted, as follows: 

Reconstruction of Hawthorne Street Bridge approaches, Lind- 
strom Brothers; 
Crabtree Corner-Lebanon Section, Warren Northwest, Inc.; 


— 
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1942 

11097 June 25 

11098 

11099 

11100 

11102 

11103 

11104 

11105 


Subject 


Gas tax revenues. Report on estimated motor vehicle use and 
“estimated revenues. 

Coos County. North Bend, Offer of A. T. Andrews to purvhase 
state-owned prope:'ty approved. 

Klamath County. Klamath Falls. Acceptance of offer of Cher- 
ter H. Hamaker to rent South 6th Street property approved. 

Jackson County. Plaza Corner, Ashland. Buildings not to be 
wrecked at present, Rental on 50-50 basis with G. S. Butler, 
present owner, approved. 

Marion County. Champoeg State Park. lhaintemance by state 
forces approved if Provisional Government Park Commission 
will pay for the work. 

Clatsop County. Wolf Creek Highway, near Humbug Creek. John 
H. Shively, et al., to be requested to vacate state premises. 
Permission to harvest garden truck to be granted. 

Union County. Union. Purchase of maintenance site from State 
Game Commission approved. Portion of property to be leased 
to Union County Gun Club. 

Deschutes County. Redmond. Deed of easement, covering ex- 
change of property with city, approved. 

lincoln County. Offer of client of Frank Branch Riley to 
purchase portion of old railroad right of way denied. 

Wheeler County.. Ochoco Highway. Request of Mrs. Fate Mac- 
Donald for repair ot irrigation ditch. Investigation 
authorized. 

Jackson County. Eagle Point-licAllister Springs Section,Little 
Butte Secondary Highway. Abandonment resolution adopted. 

Hood River County. Dee-Parkdale Section, Hood River Second- 
ary Highway. Abandonment resolution adopted. 

Marion County. Pacific Highway East, south of Salem. Request 
of H. E. Penrod to harvest hay on Ramseyer property approved. 

Multnomah County. Front Avenue Project, Portland. Collection 
of rental from Dant and Russell, for use of property, dis- 
cussed. 

City ordinance granting Oregon Shipbuilding Corporation use 
of water-front areas for ferry terminal approved. 

Log hauling. Representatives of Pope & Talbot Logging Co. re- 
quest relief from provision of permit requiring flagmen. 
Elimination of flagmen as general rule denied. 

Trial permits, sliminating flagmen on certain sections, 
approved, 

Park budget. Parks Superintendent reports on expenditures. 

Curry County. Humbug lountain State Park. Renewel of per- 
mit of Robert Fromm, to graze sheep in park, approved. 

Linn County. Cascadia Park. Request of Ym, Munkers for per- 
mission to cut grass in park approved. 

Lane County. Neptune Park. Request of Bert Stonefield, to 
cut grass in park, approved. 

Juniper wayside. strips. Form of agreement with Grazing Serv- 
ice, for preservation of juniper strips between 3Be:d and Burns, 
approved for Sisters-Redmond and Redmond-Prineville strips. 
also, 
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11094 
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1942 
11085 June 24 


June 25 


Subject 


Emergency permits. Conference with Washington State Highway 
Officials re special emergency permits for oversized vehicles. 
Highways classified into three groups according to ability 
to withstand heavy hauling. 

Log hauling. Request of War Production Board for liberaliza~ 
tion of restrictions on log hauling considered. 
log haulers to be given benefit of increase in weights 
granted other truckers. 

Yauling to be permitted day and night, and on holidays, ex- 

cept between 9:00 p. m. and midnight. 

Insurance. War damage insurance to be secured for bridges, 
structures, equipment, etc. 

Interstate bridge. State of Washington agrees to partici- 

pate in cost of war insurance. 

Real property. Resolution authorizing acquisition. 

Scrap tires, sale of. Sale to federal governnent approved. 

Rubber salvage. Canvass of highway department's premises and 
right of way for scrap rubber authorized. 

Josephine County. Gravel pit. Dr. ©. J. Moser property. 
Resolution, re compromise offer, adopted. (See P. 11119) 
Polk County. Pacific Highway West, south of Monmouth. A. F. 
Elkins property. Offer ‘of $10,000 for property approved. 
Washington County. Wolf Creek Highway. Zurchers' offer to 
sell whole property rejected, Negotiations to be continued 

for purchase of right of way only. 

Bids received on following projects, sale of timber, sale of 
buildings in North Bend, and rental of equipment: 

North Dillard Bridge Section, wooden bridge and approaches; 
Prairie City-Dads Creek Section, surf., oiling, etc. 
Buchanan Rock Production Pro ject; 

Judkins Point Section, grading and paving; 

Judkins Point Overcrossing, near Eugene ; 

Northeast Going St., Portland, overcrossing construction; 
Section "A", Monmouth-Benton Co. Line Section, paving; 
Section "B", Monmouth-Benton Co. Line Section, grad. & pav.; 
Monmouth-Lewi sburg Section, Luckiamute River Bridge; 
Rental of state-owned heavy construction equi pment ; 

Sale of timber tract north of Nehalen, Tllamook County; 
Sale of residence buildings in North Bend. 

Grant County. Prairie City-Dads Creek Section, John Day Pry. 
No bids received. Surfacing and oiling with state forces 
approved. 

Douglas County. North Dillard Bridge, Pacific Hwy. No bids 
received. Repairs to be made with state forces. 

Lane County. Power pole line, ucKenzie Highway. Request of 
Forest Service that power company be permitted to build 
line along south side of highway denied. 

Insurance. Delegation from California Western States Life In- 
surance Co. requests permission to include maintenance and 

No action. 


shop men in group insurance. 
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11119 


11120 


11121 


11122 


11123 


Subject 


Klamath County. Algoma dike, Request for state participa- 
tion in repair of dike denied. Efforts to secure rein- 
bursement for damage caused highway to be continued. 

Polk County. Stock-pile site. Camp Adair. Request of arny 
authorities for site approved, if state is furnished with 
suitable tract in exchange. 

Lane County. Mapleton, Siuslaw Highway. Siuslaw Forest Pro- 
ducts, Inc.'s request to construct grade crossing and widen 
highway approved subject to conditions. 

Josephine County. Grave Creek gravel pit. Controversy with 
Dr. C. J, Moser. Resolution adopted directing contractor 
to go upon property. 

Jefferson County. Madras. Request for oiling of highway 
and construction cf footpaths denied. 

Columbia Vounty. Deer Island. Improvement of Lower Columbia 
River Highway in front of school grounds deferred. 

Linn County. Lebanon. City's request,for additional improve- 
ments not included in agreement ,denied. 

Surveys. List of location surveys authorized to provide post- 
war employment for engineering personnel. Projects to be 
submitted to Public Roads Administration for approval. 

Clackamas and Warion Counties. Pudding River Bridge Project, 
Aurora. ‘Withdrawal from federal aid program approved. 

Wdalheur County. Action deferred on county's request for des- 
ignation of following county roads as secondary highways: 
Enterprise County Road; Quaker Corner County Road; Valley 
View County Road. 

Award of contracts. Commission confirms following awards: 
Swan Island Shipyard Access Road, Porter W. Yett; 

North Portland Shipyard Access Road, Parker-Schram Co. 

Planning survey. Agreement with Public Roads Administration 
approved and signed. 

Multnomah County. Front Ave., Portland. Agreement with U.P. 
Co., re railroad warning sign on freighthouse, approved. 
Wolf Creek Highway. Sale of down timber to Willian Dye cor- 

sidered. Investigation ordered, 

"Keep Oregon Green" signs. Request for permission to main- 
tain signs along state highways approved. 

Ymatilla County. Pendleton. Request for 10-mi le-per-hour 
speed limit. Action deferred until meeting of Speed Board. 

Equipment. Traffic signals. Purchase of parts for signals 
approved. 

Klamath County. Merrill gravel pit. Payment to county of 
4é per cubic yard for gravel approved. 

Benton County. Pacific Highway West, north of Corvallis. Re- 
quest of Mountain View Cooperative Telephone Assn. for as- 
sistance in re-establishing pole line approved. 

Bond. State Highway Engineer's official bond. Secretary 
authorized to sign termination statements for old bonds. 
Entirely new bonds to be written. 


Page 
11105 


11106 


11107 


_ 11212 
a 11113 


11114 


Date 


1942 
June 25 


Subject 


Tillamook County. Wolf Creek Highway. Offer of Elmer Berger- 
son to purchase abandoned railroad trestle near Vernonia. 
Investigation ordered. 

Marion County. Silver Creek Falls CCC Camp. Project closed 
down by government. Parks Superintendent's final report 
approved, 

Clatsop County. Collins Estate property, Short Sand Beach. 
Engineer advises that income tax report on estate is prob- 
ably not available for public review. 

Short Sand Reach. Sale of timber. Readvertising of timber 
for sale deferred. 

Permits. Trains of vehicles. Revort on operation of trains 
of vehicles being operated under temporary permits. 

Contracts. Report on cost of nighway construction work per- 
formed by contractors in 1941, and percentage of profit 
made by contractors. 

Polk County. Independence bridge. Delegation confers re sur- 
vey for location of bridge. 

Independence-Monnouth Section. Delegation's request for im- 
mediate adoption of permanent alignnent denied. 

Equipment. Paving plants. Status report on purchase of three 
paving plants. Proper priority rating lacking for purchase. 

Linn County. Albany-Lyons Secondary Highway near Scio. Roar- 
ing River Legging Co. offers to pay for maintenance, if road 
is exchanged for Richardson Gap County Road. Arrangement 
approved, if county agrees. 

Douglas County. Elkton-Sutherlin Secondary Highway. Request 
for widening at junction with county road approved, if in- 
terested party will pay cost of work. 

Log hauling. Elkton-Sutherlin Secondary Highway. Junction 
with county road. Necessity for maintaining flagman at 
junction to be investigated. 

Emergency transportation permits. Resolution adopted liber- 
alizing rules and regulations for movements of commodities 
over public highways. 

Press release re action approved. 
Hernan Sites, Regional Director, Office of Defense Transpor—- 
tation, to be notified of action taken. 

Insurance. Action taken by Commission re securing war damage 
insurance approved by Commissioner Oliver. 

Log hauling. Yonference re log-hauling matters. Delegation 
requests modification of penalty for overloading. Chairman 
explains action taken by Commission, granting extra tolerance. 
Delegation's request for modification of ruling re suspen- 
sion of permits for overloading denied. 

‘arion County. i. Santiam Secondary Highway, vicinity of Sub- 
limity and Stayton. Delegation's request for rerouting over 
county road approved, if 60-ft. right of way furnished. 

awards. Chairman announces awards of centracts, rental of 
state-owned construction equipment, sale of buildings in 
jorth Bend, and sale of timber. 
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SMC age me ot) A ae 


Subject 


Harney County. Burns Airport Road. Delegation advised that 
project must be initiated by federal authorities. 

Hanley Lane Project. Delegation inmires re status of 
oiling work. (See P. 11178) 

Buchanan Rock Production Project. legation confers. Proj- 
ect to be readvertised for bids at next meeting. 

Union County. Boswell Ranch-Follett Ranch Section, Wallowa 
Lake Hwy. 0. C. Yocom, subcontractor, requests cancellation 
of contract. Request for advance of funds for aoving ecuip- 
ment denied. Allowance to be made for materials placed in 
stock piles. (See P. 11162) 

Tillamook County. Oregon Coast Highway. Delegation requests 
reconstruction of highway from Tillamook to blimp Base. 
Negotiations for right of way authorized. 

Survey. Tillamook-Dlimp Base Section, Oregon Coast Highway. 
Location survey authorized. 

Right-of-way expenditures. Re ort approved. 

Real property. Resolution authorizing acquisition. 

Condemiation. Recommended offers, Resolution adopted. 

Right of way: Wolf Creek Highway, and Seven Devils Chrome 
line Access Road. Gravel pit: ION Highway and South ioun- 
tain Chrome Mine Access Road. 

Coos County. 2uildings at North Bend. Matter of disposal of 
building formerly owned by Alma loss, et al., discussed. 
Attorney instructed to have buildings which cannot be sold 
wrecked and removed by state's contractor. 

Multnomah County. Portland-Troutdale Section, Columbia River 
Highway. Taking of options for right of way authorized. 
Coos County. Gravel pit for Seven Devils Chrome .tine Access 
Road. Contract to be held up until satisfactory arrange- 

ments have been made with county for use of eravel pit. 

Railroad grade crossings. Oregon Railroad Assn. requests 
adoption of Order requiring all traffic to stop at main- 
line crossings. (See P. 11157) 

“Multnomah County. Portland. Union & Denver ‘ 

Location survey for separation of traffic auth 

Survey. Intersection of Union & Denver Aves., © 
tailed location survey authorized for senaratior 

Umatilla County. Duck Lake, Boardman-Staniield itigin 
to Sam R. Thompson, for one year, authorised. 

Lane County. Goshen-Pleasant Hill Section, Willamette ‘ig 
Request of L. 5. Stafford for payment for barn. 

Coos County. Coos Bay Bridge. Request of Lows Enard Abrams 
to perform landscaping work on state property granted. 

Polk County. Stock-pile site, Camp Adair, Governeent 
condemation proaedings will be instituted. 

Jackson County. Stock-pile site, Camp White. “ar Deo 
requests lease of site. Action deferred. 

Klamath County. Algoma Dike, The Dalles-California Hwy. R 
lution adooted re suit to be instituted for damage to hi 
way caused by breaking of the dike. 
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Date 
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June 25 


July 23 


Subject 


Permits. Request of Shell Oil Co., for extension of permit 
covering transportation of overloads of gasoline, granted. 
Request of A. L. Vincze, for permit to truck overloads of 
gasoline over certain state highways, granted. 

Request of Shell Oil Co., to transport overloads of gasoline 

over Elgin-Enterprise Sec. of Wallowa Lake Hwy., denied. 

Crook County. Hardin County Road. County's request for defer- 
ment of payment for oiling work to be done by state approved, 

Surveys. List of surveys ordered since last meeting. presented. 
list of surveys completed and accepted. Resolution adopted. 

Agreements, etc., signed as follows: 

Robert Fromm, covering gazing of sheep in Humbug ‘ountain 
State Park, Curry County; 

Public Roads Administration, covering state-wide planning 
pro ject; 

City of Salem, covering installation of traffic signal at 
North Capitol and Center Streets, in Salem; 

Mountain States Power Co., blanket permit for use of poles 
for installation of traffic signals, etc.; 

Pacific Power & Light Co., blanket permit for use of poles 
for installation of traffic signals, etc.; 

Deed cf easement conveying unto the City of Redmond a strip 
of land 20 feet wide; 

Bargain and sale deed, conveying unto John H. Andes, et ux, 
and C, V. Howard, 1.60 acres of land in Josephine County; 

Bargain and sale deed conveying unto the S. P. Company vari- 
ous parcels of property at Eugene, Lane County; 

Bargain and sale deed conveying unto Vera Caul 0.15 acre 
of land in Jackson County; 

Bargain and sale deed conveying unto J. C. Endicott 285 sq. 
ft. in Astoria, Clatsop County; 

Quitelaim deed conveying unto S. P. Co. 38,175 sq. ft. of 
property in City of Eugene, and 576 sq. ft. and slope 
easement containing 0.10 acre, in Lane County. 

Meeting dates. July 16, 1942, confirmed as date for next 
regular mesting. (Later postponed to July 23, 1942.) 

Bids received on following projects and sale of buildings: 
Seven Devils Chrome Mine Access Road, grad. anc paving; 
Lower Bridge-Terrebonne Section, oiling; 

South Mountain sine Access Road, surfacing; 

Sunderland Avenue Access Road, grading and paving; 

Sunderland Avenue, Portland, construct two bridges; 

Section "A", Monmouth-benton Vounty Line Section, surfacing; 

Section "2", Monmouth-Benton County Line Section, grad. & surf. } 

Sale of buildings at North Bend. 

Polk County. Unit "A", Monmouth-Benton County Line Section, Type 
of construction discussed. Bid of Edlefsen-Weygandt, submitted 
June 25, reconsidered. (See P. 11154) 

Couipment. Delegation confers re furnishing of bond by Norris 
Bros. for rental of two tractors, 


1942 
11164 July 23 
11165 


11166 


11167 


11168 


11169 


Sub ject 


Projects for post-war construction. List approved for vrep- 
aration of plans and designs. Projects to be presented to 
PRA for approval, with request for federal funds. 

Tillamook County. Fishers Point-Brighton Section, Oregon 
Coast Highway. Permit granted Nehalem Telephone & Telegraph 
Co. to maintain pole line along westerly side of highway. 

Tillamook County. Railroad pile trestle on Wolf Creek Highway. 
Material to be advertised for bids at next meeting. 

linn County. Richardson Gap County Road. ‘oaring River Log- 
ging Co. offers to pay portion of expense, if state will 
maintain road. Project to be advertised for bids at next 
meeting. 

County approves arrangement if state will continue to main- 
tain Albany-Lyons Secondary Highway. 

Curry Younty. Gold Beach, Oregon Coast ‘fighway. Request for 
widening of curve at MP 357.36 denied. 

Jackson County. Sidewalk on Rogue River Dridge at Gold Hill. 
Ungineer reports that application to WPB for material to 
build sidewalk has been denied. Project deferred. 

Jackson County. Central Point. Request for major improvement 
of Pine Street denied. Repairs authorized. 

Tillamook County. Little Nestucca Secondary Hwy. Request for 
improvement between Nufer's torner and Hurliman's place denied 

Umatilla County. Pendleton-iieacham Rock Production Project, En- 
gineer authorized to increase yardage of rock to be furnished 
by contractor, A. 5. Wallace. 

Union County. Elgin-iinam Section, Wallowa Lake ‘ighway. Ore- 
gon Trail Assn, urges completion of contract. 

Dim-out zones. Defense Council's request for establishment 
of signs for dim-out zones along coast highways considered, 

Highway bonds. Increase in budget to take care of charges 
of National City Bank of New York for handling bonds, ap- 
proved. 

Multnomah County. ‘Troutdale Overcrossing Project. Elimina- 
tion from federal aid grade-crossing program approved. 

Lane County. Eugene grade separation project. To be substi- 
tutad for Troutdale Overcrossing Project on program. 

Awards. Commission confirms following awards: 

Helmick Undercrossing, Moniouth-Suver Section, Averill & 
Corbin; 

Widen three bridges, Suver-Lewisburg Sec., J. F. Johnston; 
Two bridges, Monmouth-Suver Section, J. F. Johnston; 

North Unit, Monmouth-Benton County Line Section, =. C. Hall 
and J. ©, Compton; 

Goshen-Pleasant Hill Section, C. J. Eldon; 

Bride over Coast Fork Willamette River and three bridges 
on Goshen-Pleasant !ill Section, Tom Lillebo; 

Sale of buildings in North Bend, Engineer's action re dispo- 
sition of buildings, for which bids were received June 25, 
1942, confirmed. 
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11163 


Subject 


Columbia County. Scappoose-iiultnomah County Line Section, Col- 
umbia River Highway. Abandonment resolution adopted. 

Baker County. Flagstaff 4ill-Ruckles Creek Section, Baker- 
Homestead Highway. Abandonment resolution adopted. 

Clackamas County. Clackamas Overcrossing Section, Cascade 
Highway. Abandonment resolution adopted. 

Umatilla County. lilton-Washington State Line Section, Oregon- 
Washington Highway. Securing of options for right of way 
authorized, 

WPA Camps. Abandoned buildings at Camp Manning, Camp wolf 
Creek and Camp McNamerson Wolf Creek and ‘Jilson River High- 
ways. WPA to be requested to turn buildings over to state. 

Multnomah County. Sunderland Avenue Access Road Project, Port- 
land. Right of way reported clear except small parcel under 
lease to army airbase. Comtract to be awarded as soon as 
financing is effected. 

Marion County. Champoeg Park. sowing of grass and weeds by 
state forces approved. Park board to pay cost. General 
maintenance work approved if expense nominal. 

Curry County. Timber land north of Brookings. Purchase from 
Elmer sankus considered. Inspection to be made. 

Multnomah County. Upzer Yolumbia River, Crown Point. Paul 
Gilbaugh requests building of underpass to property, or 
purchase of his holdings. 

Award of contracts. hairman announces awards of contracts 
and sale of buildings. 

Railroad grade crossings. Delegation from Oregon Railroad 
Assn. requests Order requiring all traffic to stop at main- 
line crossings. Order, covering 35 crossings, adopted. 

Union County. Boswell Ranch-Follett Ranch Section, Wallowa 
Lake Highway. Delegation requests cancellation of 0. C. 
Yocom's subcontract, under Leonard ; Slate. Denied. 
Allowance to be made for materials placed in stock piles. 

Park matters. Parks Superintendent presents report. 

Juniper wayside strips. Agreement with U. 5S. Dept. of Interior, 
for preservation of waysides along Sisters-Redmond and Red- 
mond-Prineville Sections, approved. 

Coos County. Sutton Lake. Purchase of 60 acres for park, as 
proposed by Fon, Earl Hill, not approved, 

Linn County. Cascadia Park. Proposed purchase of land owned 
by Jacob Stocker, deferred. 

Douglas County. Purchase of 0 & C lands from government through 
county's cooperation approved. 

Jackson County. Purchase of 0 & C lands from government, by 
means of county's cooperation approved. 

Clatsop County. Ecola State Park, Temuorary closing recom- 
mended by Parks Superintendent as protection against fire 
and sabotage not approved unless requested by army. 

Clatsop County. Wolf Creek Highway, near Humbug Creek. Attor- 
ney reports buildings of John H. Shively, et al., have been 
- removed. 


Page Date Subject 
1942 

11177 July 23 Contracts completed and accepted, as follows: 
Yanley Lane Section, Norris Brothers; 
Days Creek-iJright Ranch Section, E. L. Rigdon; 
Woodburn-Rock Creek Section, E. %. Itschner; 
Monroe-Lane County Line Section, E. L. Gates; 
warrenton-Skipanon Section, Porter /. Yett; 
Millport Slough Bridge, near Kernville, C. Jd. Lidon; 
W. Unit, Sherars Grade Section, Norris Brothers; 
Madras-Juniper Lutte Section, Leonard & Slate; 
Cinder Butte-Juniper Ridge Section, Rogers Construct.Co.; 
Ylaskanine Summit-Jewell Section, A. H. Saxton & Son; 
Gerking School-Athena Section, R. 0. Dail & Warren Bros.,Inc.; 
Sylvan-iwest Slope Section, Porter ¥. Yett. 

Harney County. Hanley Lane Section, Frenchglen Secondary Hwy. 
Oil surfacing eliminated from Norris Bros. contract. 

Harney County. Highways in vicinity of Burns. Engineer's 
action in hiring liorris Bros. to do resealing wor. on vari- 
ous projects, in place of state crews, confirned. 

Agreements, et cetera, signed as follows: 

0.1.R.& N. Co. and Union Pacific Co., covering maintenance 
of railroad-crossing sign on Portland freight house; 

Southern Pacific Company, covering reconstruction of Blod- 
gett Overcrossing; 

Peter A. Nelson Co., covering work in connection with widen- 
ing of High St., between 5th and 6th, Eugene; 

Grant County Bank, John Day, providing for lease of road- 
materials site for Prairie City Section, John Day Highway; 

Lewis Pointer, et al., covering elimination of road approach 
to Tualatin Valley Highway, near S. Ws. Canyon Road; 

Peter J. Lyski and wife, covering acquisition of property 
in Block 32, E. St. John Addition to Portland ; 
R. R. Clarke, relative to gravel bar being used in connec- 
tion with Rice Hill-Turkey Hill Section, Pacific Highway; 
Mountain States Power Company, providing for use of company's 
poles for traffic-signal installations; 

Pacific Telephone and Telegraph Company, providing for use 
of company's poles for traffic-signal installations; 

Linn County, re improvement and maintenance of Richardson 
Gap county road; 

U. S. Grazing Service, providing for protection of juniper 
wayside strips along LicKenzie and Ochoco Highways; 

McNutt Bros., disposing of clain for exire compensation on 
contract for Dundee-\est Dayton Sec., Pacific Hy. Vest; 

Multnomah County, proviaing ror maintenance of Sunderland 
Avenue Access toad; 

Clatsop County, Vity of Narrenton, ani City of Hammond, cov- 
ering improvement and naintenai.ce of Ft. Stevens county road 

Bargain and sale deed conveying unto Atwell T. andrews anc 
wife property in North Bend; 

Bargain anc sale deed conveying unto G. woresin one lot in 
Klamath *alls; 


age Date Subject 
1942 
11170 July 23 Equipment. Purchase of two truck loaders, from Willamette 
Hyster vompany, authorized. 
Negotiations with government for purchase of 30 dump trucks 
authorized, if such equipment is made available. 

Umatilla County. Pendleton. Request of H. J. Williams, for 
reduction in rental of residence building denied. 

Columbia Younty. St. Helens Section, Lower Columbia River Hwy. 
United Railway Co.'s request for permanent easement denied. 
Temporary easement granted, for duration of war. 

Wayside mainterance. U. S. Grazing Service requests state to 

: burn dry grass adjacent to Eastern Oregon highways. 

11/1 Group insurance, Method of handling deductions of premiums for 
hourly-paid employees approved. 
Monthly-salaried employees in lower vrackets to have privi- 
lege of securing group life insurance. 

Equipment. li-yard No. 75 Lorain gas shovel. Request of Peter- 
man Manufacturing Co, to purchase shovel refused. Privilege 
of renting shovel offered company. 

Traffic scales. Request of Office of Price Administration for 
weighing of gravel trucks by state weighmasters considered. 

11172 Log hauling. Request of E. K. Yiood Lumber Company for madifica- 
tion of overloading penalty denied. 
"Stock™ letter to be prepared for use in replying to requests 
for modification of penalty for overloading. 

Champoeg Park. Request of Mrs. Elizabeth Ryan for designation 
of Portland-Uhampoeg Park Section as "Champoeg Highway" denied. 

Washington County. Wolf Creek Highway west of Sunset Camp. Re- 
quest for permit to maintain beehives on right of way denied. 

Umatilla County. Hermiston. City's request for advance of 
funds set up for oiling work denied. State to do oiling. 

Personnel. Selective Service Board to be asked to defer draft- 
ing of key men of state highway organization. 

11173 Defense plans. Cooperation with U. S. Army for plan of defense 
of coast area, involving bridges and structures, approved. 

Dim-out zones. Oregon coast highways. Establishment and sign- 
ing of zones approved, Resolution adopted. 

11175 Benton County. Pacific Highway West, through Camp Adair. Com- 
pletion of survey for permanent location authorized. 

Survey. Pacific Highway West, through Camp Adair, Completion 
of survey for permanent location authorized. 

Renton County. Pacific Highway West, through Camp Adair. Road 
not to be closed unless army forces closure. 

Surveys. List of location surveys ordered since last meeting. 

11176 Extensions of time, as follows: 
Porter W. Yett, Warrenton-Skipanon Section; 
Rogers Construction Company, Warner Summit-iud Creek Section; 
C. J. Eldon, “illport Slough Bridge, near Kernville; 
Norris Brothers, “lest Unit, Sherars Grade Section; 
11177 A. H. Saxton & Son, Klaskanine Summit-dewell Section, 
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Portland, Oregon, April 1, 1942 


The State Hig Commission met in regular session at 8:30 p, nm. 
in Room 515 (Imperial Room), Imperial Hotel. Present were: 


Henry F. Cabell, Chaimnan 

Huron W. Clough, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


Commissioner Oliver was excused from attending this meeting. 


Dr. E. B. McDaniels, member of the Advisory Committee on Publicity 
Matters, was present in regard to increasing the Commission's 1942 budget far 
advertising purposes. He advised that, at a meeting of the committee members 
on the previous day, it was decided unanimously to recommend to the Commis~- 
sion an expenditure of $15,000 for space advertising in newspapers printed in 
California, Washington, and other nearby states, and that he was delegated by 
the committee to present the matter to the State Highway Commission, It is 
not the intention of the committee, he said, to recommend any major change in 
the operation of the Commission's Travel and Information Department. Chairman 
Cabell thanked Dr. McDaniels for his presentation and advised that the Commis- 
sion a act on the matter the. following day, (Increase approved on follow- 
ing day. 


Mr. Ben Titus, Acting Director of the Travel and Information Depart- 
ment, who was present, advised that a meeting of public advertising agencies 
from the states of Washington and Idaho and the Dominion of British Columbia 
is to be held in Seattle on Friday, April 3. He requested authority from the 
Commission to attend such meeting in order to help arrange a program for funds 
available so as to avoid a duplication of advertising. The Commission deferred 
a decision on this matter until the following day. (Approved on following 
day.) - 


The Attorney requested authority to acquire certain parcels of real 
property that are needed for various highway improvements throughout the state. 
He presented a list of such properties, together with offers that he recom- 
mended be made in connection with each. Mr. W. H. Lynch, District Engineer, ; 
Public Roads Administration, also sat in on the discussion of the various 
parcels that are needed for access road improvements, particularly those 
needed for the revision of the Pacific Highway West through the Corvallis 
cantonment area. After careful consideration of each item, the Commission 
approved the offers, Mr. Lynch concurring. The following resolution relative 
thereto was adopted by the Commission by unanimous vote: 


WHEREAS, in connection with the further improvement of 
the highways hereinafter designated, it is and has been necessary 
to acquire property for right of way, quarry sites, gravel or other 
material sites, or sites for the storage of materials, as herein- 
after more definitely set forth, and 
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Subject 


11180 July 23 Agreements, et cetera, signed as follows: (Cont. ) 
Bargain and sale deed conveying unto Roy P. Jones 2.27 acres 
of land adjacent to Crater Lake Highway}; 
Bargain and sale deed conveying unto Berke Brothers, 1.034 
acres of land adjacent to Crater Lake Highway, Medford; 
Bargain and sale deed conveying unto Medford Corporation 
0.076 acre of land in Jackson County; 
Quitclaim deed conveying unto Medford Corporation 0.081 
acre of land situated in Jackson County. 
Projects. bids to be received on following projects at next 
regular meeting: 
Yarney County, Buchanan Rock Production Project; 
Linn County, Richardson Gap County Road; 
Rock production projects to be decided later; 
Airplane flight strips. 
Tillamook County. Railroad trestle, adjacent to Wolf Creek 
Highway. Bids for purchase to be received at next meeting. 
Meeting date. August 27, 1942, set for next regular meeting. 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 
Siletz-Toledo Section, Siletz Highway 
10147-Gray, Frank C. Stock Pile 1.08 $150 per a. + $54 McChesney 


Grand Ronde-Boyer Section, Salmon River Highway 
10138-Polk Operating Co. Stock Pile 051 $100 per acre Gardiner 
Lewisb Corvallis Sectior:, Pacific Highway West 
ike op Floye RW 871 sq.ft — sq. ft.+ $10 Benson 
+ $7 tt 


10211-Smith, Zeta E. " 1,307 " * 
10210-Ewald, Fred " 2,413 " " If " + $67.75 " 
10209-Thompson, T. K. " sn." hm id mw + BLL n 
10205-Matthews, J. P. " 0.02 a, $300 per acre, plus " 
$244 
10195-Miller, Myrna " 0.22 a. lOO per acre, plus sd 
$149.75 
10206-Metzger, A. J. " 0.08 $100 per a. + $40 Parker 
10204-Bryant, Cassius M. ® 0.02 9300 per a. + 98 * 
and Joe M. Cook 
10202-Bryant, Cassius M. « 0.02 3300 per a. + 96 " 
10201-Bryant, Cassius M. " 0.04 9300 per a. + 310 " 
and W. L. Chipman 
10200-Bryant, Cassius M. ; 
and Safford Chipman " 0.04 3300 per a. + $12 " 
10199-Bryant, Cassius M. and 
Marvin E. Morrison ® 0.04 $300 per a. + $12 " 
10197-Bryant, Cassius M. " 0.08 3300 per a. + $15 n 
and John Weder 
10196-Bryant Dewey Virgil " 0.06) $300 per a. " 
0.15) $100 per a, + $36 
0.21) 
10194-Morris, Walter n 0.05 @300 per acre " 
10191-Pointer, Fred " 0.04 $300 per acre " 
10190-Larsen, Peter A. bd 0.08 $300 per acre, plus " 
More or less $12.25 
10189-Larsen, Peter A. and " 0.05 $300 per a. + $4 n 
Arnold Prothe 
10221-Ransom, Charles E. " 0.03 $435 per a. + $57 . 
10217-Aritt, John W. " 0.10 $300 per acre " 
10216-Hayes, Lucy G. and " 0.37 $300 per acre + $89 " 
Jay L. Lewis 
10222-Ransom, E. D. " 0.04 $435 per acre + $170.50 " 
Halsey-Harrisburg Section, Pacific Highway West 
97ll-Neal, 0. F. R/W 2.82 $100 per a. + $625.50 
Gardiner 
9706-Holloway, W. E. " 8,071 sq.ft. 3¢ sq.ft. " 
fee 1 1942 


WHEREAS, as a result of negotiations carried on with the 
owners of the property required, options have been obtained, which 
options have been considered by the Commission, outlining the bases 
of settlement which have been agreed upon, and 


WHEREAS, it is the judgment of the Commission that the said 
options should be approved and accepted, and/or the said reports be 
declared acceptable to the State Highway Commission as bases of settle- 
ment for the properties involved, and that the acquisition of the prop- 
erties should be completed: 


NOW, THEREFORE, BE IT RESOLVED that the several offers, or 
bases of settlement hereinafter enumerated be, and the same hereby are, 
approved and accepted, and that the Attorney for the State Highway Com- 


the said properties and to take title thereto in the name of the State 
of Oregon. The said properties hereby ordered and authorized to be ac~ 
quired are as follows: 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Fishhawk Fall r Station Section, Wolf Creek-Nehalem he 
9961A-Wright Blodgett Co., & 20.0 per acre McChesney 
Limited Haul Road 
Easement 


Gearhart-Seaside Sections Oregon Coast Highway 
9194-Union High 1 District 

#1, Clatsop County Foot path 20,505 sq.ft. $32.95 Lump Sum Witt 
Roads End Section-Ore Coast 


U.S. Department of the ck Pile 
Interior (Siletz Indian Site 0.74 4 year lease, $25 McChesney 


Agency) per year 

Marshfield Section, Oregon Coast Hi 

@567-Mulien, Mary lary F. ——— TAL et E200 sq.ft. 4¢ sq. ft. Benson 
Estate 


Sylvan-West Slo Section, Tualatin Valle 


9698-Grimm, Louis V. an 

Fill 1,623 sq.ft. $100 Lump Sum Witt 
Linn County Section, Santiam_ Highway 
10256-McTimmonds, F. T. Gravel Pit 15.4 $100 per acre Eason 

& Stock Pile 

Site 
Kernvilje-Stiets Section, Siete 
9634-Smith, Seth V. yg $175 per acre McChesney 
& $25 per acre, + 
8 $80 


=) 
+? 
_ 
~ 


10952 


right of way for the improvement of the Crater Lake Highway at Medford, being 
right of way file R 10067. He advised that he has reached a satisfactory 
settlement with the omer of the land, Mr. Parker, who has agreed to accept 
$500 per acre for 0.91 acre and 84¢ per square foot for some 36,154 square 
feet of land, plus $6,630, which settlement the Commission has already ap- 
proved; however, Mr. A. W. Denney, who is leasing the property and who is 
conducting a store business thereon, and whose lease has two years yet to 

run, will not dispose of the lease for less than $5,000, which, jn his esti- 
mation, is an exhorbitant price to pay for the same. He recommenc?d an 

offer of $2,000 for the lease, and that the lease be acquired by condemna- 
tion in the event that Mr. Denney will not accept it. The Commission approved 
the recommendation and thereupon by unanimous vote adopted the following reso- 
lution authorizing condemnation of the property in the event that Mr. Denney 
will not accept $2,000: 


WHEREAS, the State Highway Commission is authorized to 
locate, relocate, construct, reconstruct, maintain, widen, straight- 
en, and otherwise improve state highways, both primary and secondary, 
and said Commission is also authorized to construct shops, equipment 
sheds, office building, maintenance sites, patrolmen accommodations, 
and snow fences, and is authorized to acquire quarry sites, gravel 
pits, storage sites, stockpile sites, weighing stations, and broad- 
casting stations, and is further authorized to develop, construct, 
improve, operate, and maintain parks, parking places, auto camps, 
eamp sites, roadside development, recreational grounds or resorts, 
and other places of attraction and scenic value; and 


WHEREAS, said Highway Commission is authorized to scquire 
by purchase, agreement, donation, or by the exercise of the power 
of eminent domain real property, or any interest therein, necessary 
or deemed by the Highway Commission necessary for the accomplish- 
ment of any and all of the foregoing things; and 


WHEREAS, the State Highway Commission is acquiring from 
©. M. Parker and Della Parker a parcel of land descrited as follows, 
to wit: 


A parcel of land lying in the southeast quarter (SE) 
of Section 13 and in the northeast quarter (NE~) of Sec- 
tion 24, Township 37 South, Range 2 West, W. M., Jackson 
County, Oregon; the said parcel being described as follows: 


Beginning at the northeast corner of said property; 
said corner also being the southeast corner of D. L. C. 
No. 60; thence west along the south line of said D. L. C. 
No. 60 a distance of 137.06 feet to the northwest corner 
of said property; thence South 19° 19' West along the 
west line of said property a distance of 154.1 feet to 
the southwest corner of said property; thence South 54° 
35' East along the southerly line of said property a dis- 
tance of 230.6 feet to the southeast corner of said prop- 
erty; thence North 0° 02! East along the east line of 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Harris tion City Section, Pacific : 
10108-Davenport, B. C. and 5 per a. + $396, Gardiner 
Easemt. + moving bldgs. (est. 
$500) 
Goshen-Pleasant Hill Section, Willamette Highwa 
, 9997-Telcher, Laura M. and 1. $100 per a. + $48.75 Benson 


Elias Kilen 


Wolf Creek-Grave Creek Sechithy Pacific Highway 
10129-Porter, Geo. Estate 3.5 $50 per acre, + $200 Landon 


Medford Section, Pacific Highway 


10170-Jackson County Drainage Along Lot. 6, Blocks 1 Witt 
Easement & 2, Palm's Second Add. 
to Medford - GRATIS 
10172-Medford, City of Drainage Along Lot 65 Blocks 1 " 
Easement & 2, Palm's Second Add., 


Medford - GRATIS 


Eagle Point-Medford Section, Crater Lake Highway 
10056-City Natl. Bank of 8.95 $500 LUMP SUM Witt 


Clinton, Iowa 
10067-Parker, C. M. " 0.91 $500 per acre " 
36,154 sq.ft. 8f sq.ft. + $6630 
10106-Lemmon, W. M. ad 0.72 $75 per a. + $276.25, " 
+ low bid for moving 
buildings, $1215 | 
ma-Te City Section, The Dalles-California Hi 
8530-Pierce, Albert Hopkins 82,335 sq.ft. $0.007 per sq.ft. Martin 
& Frank Cunningham, et al 
8530A-Cunningham, Frank, * 29772 * 90.007 per sq.ft. " 
et al 


The Dalles-Deschutes River Section Columbia River Hi 
1499-Seufert Brothers Co. Stock Pile 0.32 1 year lease - $10 Chandler 


Hood River County Section, Mt. Hood hwa: 
6321A-Smullin, Jos. D. Quarry 0.99 $100 LUMP SUM " 
Baker Section, Baker-Homestead Highway 


10153-Jim Foster Chevrolet Stock Pile 
Company Site 54,000 sq.ft. $75 LUMP SUM Miller 


The Attorney reported the results of further negotiations for the ac- 
quisition of the C. M. Parker property at Medford, which property is needed as 
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» WHEREAS, by reason of said relocation and reconstruction 
of said section of highway there were eliminated and made unneces- 
sary as parts of the permanent highway certain sections, which sec- 
tions are more particularly defined and described hereinafter in 
this resolution; and 


WHEREAS, it is the judgment and opinion of the Commission 
that there should be recorded in the minutes and records of the Com- 
mission its purpose and plan to abandon as a part of the said high- 
way the fragments or portions of right of way heretofore designated 
and which were hertofore included within the area of the right of 
way of said highway as formerly located, but which are now without 
the regular limits of said highway as relocated. 


NOW, THEREFORE, the premises being in general as above 
stated, it hereby is resolved by this Commission, all members being 
present and affirmatively voting, as follows: 


1. That the fragments of land confined within the area 

hereinafter described, which fragments or parcels of real property 

were formerly within the limits of tne right of way of the Drews 
Gap-Cottonwood Sreek Section of the Klamath Falls-Lakeview Highway 
in Lake County, but are no longer parts of the right of way of said 
highway as the same has been relocated and constructed be and said 
parcels of real property are abandoned as parts of the right of way 
of said highway, and said parcels of land are, so far as control 
and supervision by this Commission is concerned, eliminated and 
left to revert to the adjoining and abutting property owners or to 
the control and supervision of the County Court of Lake County for 
highway or other public purposes as the Court may determine. The 
fragments or parcels of land affected by this resolution are defined 
and described as follows, to wit: 


All those certain parts of the old right of way of 
the Drews Gap-Cottonwood Creek Section of the Klamath 
Falls-Lakeview Highway in Sections 13 and 14, Township 
39 South, Range 18 East, and in Sections 15, 16, 17 and 
18, Township 39 South, Range 19 East, W. M., Lake County, 
Oregon, lying on each side of the right of way required 
for the reconstructed Klamath Falls-Lakeview Highway, 
said section also lies between Mile Post 79.5 and 90.5 of 
said highway, the beginning and ending points with refer- 
énce to the engineer's stations of the new highway being 
station 905+45 to station 1139+80 on the northerly side 
of the reconstructed highway and between station 1149+20 
to station 1229+05 on the southerly side of the recon- 
structed highway. 


The location of said abandoned right of way may be more 
definitely and particularly ascertained and determined by reference 
to a map or blueprint marked Exhibita attached hereto and by this 
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said property a distance of 279 feet to the point of be- 
ginning; containing 0.83 acre, including all right, title 
and interest to a strip of land 60 feet in width lying 
immediately east of and parallel to the west boundary line 
of D. L. C. No. 61, said strip of land now being used for 
roadway purposes. 


ee NS OS DD 
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- WHEREAS, A. W. Denney has a leasehold interest in a por- 
tion of said property by virtue of that certain indenture of lease 
entered into by C. M. Parker and A. W. Denney dated March 28, 1941, 

which lease by its terms expires on the 28th day of Merch, 1944; and 


WHEREAS, in the judgment of the State Highway Commission 
the acquisition of the unexpired term of the said lease is necessary 
for the specific and particular purposes hereinafter specifically set 
forth; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission as follows: 


1. That the Commission does hereby find and declare that 
the acquisition of the unexpired term of the said lease is necessary 
for right of way purposes in connection with the improvement of the 
Antelope Creek-Medford Section of the Crater Lake Highway. 


2. That J. M. Devers, Attorney for the State Highway Com- 
mission, be and he is hereby requested, authorized, and directed to 
attempt to agree with the lessee of said parcel or tract of land with 
regard to the compensation to be paid therefor, and in the event that 
no satisfactory agreement can be reached then it is hereby further 
resolved that J. M. Devers, Attorney for the State Highway Commis- 
sion, be and he is hereby requested and authorized to commence and 
prosecute to a final determination such suit or action as may be 
necessary and appropriate to acquire title to the unexpired term of 
the said lease and all rights therein for the purposes herein stated. 


3. That this resolution be entered in full in the min- 
utes and records of this Commission. 


The Commission discussed the matter of abandoning portions of the 
Drews Gap-Cottonwood Creek Section of the Klamath Falls-Lakeview Highway, in 
Lake County, which property is no longer of value from the state's standpoint 
since the highway has been reconstructed on cther alignment. The Engineer 
recommended abandonment of the parcels in favor of Lake County. The Commis- 
sion approved the recommendation and thereupon by unanimous vote adopted the 
following reso?.ation relative thereto: 


WHEREAS, in order to afford a better alignment and a more 
satisfactory, safe and convenient highway for the traveling public 
the Commission found it necessary to relocete & portion of the Klan- 
ath Falls-Lakeview Highway in Lake County; and 


Fi 
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The Attorney brought up for discussion a form of stipulation that 
is required by the federal goverment in connection with applications of the 
state for right of way for highway improvements across government land with 
particular reference to the securing of right of way for The Dalles-California 
Highway near Klamath Lake, in Klamath County, and for the Boardman-Stanfield 
Highway, near Stanfield. He read the provisions of the stipulation aloud and 
called particular attention to the clause relating to the state's obligation 
in the event of future construction by the government of government facilities. 
The Engineer offered objections to such provision as a matter of general poli- 
cy; however, recommended approval of the stipulation in this particular in- 
stance because there is no possible chance of its involving the state ina 
large expenditure. After discussion the Commission approved the recommenda- 
tion so far as these particular stipulations are concerned but decided to take 
a stand in opposition to future stipulations in the event that a considerable 
amount of state funds is involved. 


The Engineer reported the results of an inspection of the stock 
pile site roadway at Toledo, concerning which Mr. H. H. Krause, attorney, 
Toledo, appeared Laue the Commission at a previous meeting. He advised 
that such inspection reveals that the roadway is needed as an access road to 
the stock pile, and recommended that it be not abandoned in favor of the ad- 
joining property omer. The Commission approved the recommendation; however, 
instructed the Engineer to maintain a gate across the road at its junction 
with the state highway so as to keep out trespassers. 


‘The Commission also ordered the preparation of a deed conveying to 
Mr. Moore, the adjacent property owner, an 8-foot strip of the roadway so as 
te give him room to pass around his house without trespassing on the state's 
property. 


The Engineer brought up for discussion a proposed modification of 
the rules and regulations covering transnortation of logs over state highways, 
particularly the rule that requires that violations of axle loadings be cited 
to the justices of the peace. This is in connection with movements involving 
the use of tandem axle truck and tandem axle samitrailer. He gave as his 
thought that a 10 per cent tolerance should be allowed for axle loadings and 
that violations with respect to this feature should not be cited unless such 
tolerance is exceeded. He pointed out that the Commission now allows a 
5 per cent tolerance on gross loads of 68,000 pounds and a 10 per cent toler- 
ance on the total load on any group of axles provided the gross weight does 
not exceed 71,400 pounds. After discussion the Commission approved the rec- 
ommendation subject to the following: PUC plates are to be picked up if the 
5 per cent tolerance on an allowable gross weight of 68,000 pounds is exceeded 
and such violations are to be cited to the justices of the peace. , PUC plates 
are also to be picked up if the actual gross weight on any group of axles ex- 
ceeds the gross Weight as determined by formula by more than 10 per cent and 
such cases are to be cited to the justices of the peace. PUC plates shall 
not be picked up for axle overloads and violations of this nature shall be 
cited to the justices of the peace only if the actual total weight on the 
axle exceeds by more than 10 per cent that allowed by formula. 
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reference made a part hereof, which said exhibit for identification 
purposes bears the signatures of W. E. Chandler, Division Engineer, 
H. G. Smith, Construction Engineer, and R. H. Baldock, State Highway 
Engineer, and is dated March 17, 1942, upon which map or exhibit are 
reflected the above described parcels of land by showing the same 
shaded in red.# 


2, In the event there remains any physical connection be- 
tween any portion of said abandoned right of way or highway and the 
present highway, and by reason of such physical connection traffic 
from the existing highway may enter or use the said abandoned right 
of way or highway to the possible damage or injury of such traffic 
by reason of any unsafe condition existing with respect to said old 
or abandoned road, then the State Highway Engineer is hereby author- 
ized and directed to erect such barricade or other safeguards as may 
be necessary to protect and safeguard traffic using and employing 
said newly located, constructed and dedicated section of said high- 
way. 


3. That this resolution be entered in the minutes and 
records of the Commission and a certified copy thereof promptly de~- 
livered to the County Court of Lake County, together with a copy of 
said exhibit or map, for such action as said County Court may desire 
to take with respect to the fragments of land to be abandoned, and 
should said abandoned sections of the right of way of said Klamath 
Falls-Lakeview Highway be further employed for public or private 
highway purposes such use shall be entirely under the control and 
supervision of the County Court of Lz’ » County and beyond any re- 
sponsibility or supervision by the Sti. Highway Commission. 


——— tl 


The Commission discussed 4 letter from the City of Bend inquiring 
whether or not the State Highway Commission has use for the Southwest quarter 
(SW) of the Southwest quarter (SW) of Section 17, Township 17 South, Range 
13 East, W. M., Deschutes County, which the Commission has under lease from 
the federal government as a source of borrow materials for use in connection 
with the construction of the Butler Market Road. Mr. Reiter, City Manager, 
advises that the city has already made arrangements to obtain 160 acres of 
land in Section 20 on which to construct an airport, but needs the 40 acres 
in Section 17 in connection therewith if the state will relinquish the same. 
The Engineer advised that this property is of no further value to the State 
Highway Department {inasmuch as the purposes for which it was acquired have 
been satisfied. He recommended relinquishment of the state's interest to the 
property. The Commission approved the recommendation and thereupon signed a 
letter directed to the Commissioner, General Land Office, Washington, D. C., 
dated March 26, 1942, relinquishing all of its interest in said property to 
the United States of America. 


#Map filed Right of Way Abandonment and Retention File - No. 102. 
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"Ne one is or will be authorized by the Oregon State High- 
way Commission to solicit contributions from state highway employees 
for the campaign fund of any candidate. No employee will be permitted 
to engage in such solicitation." 


Reference is also made to Section 36-2420 and Section 
36-2419 of the Corrupt Practices Act, Oregon Code 1930, as follows: 


"Section 36-2420. Holders of non-elective positions not 
to contribute. No holder of a public position or office other than 


an office filled by the voters, shall pay or contribute to aid or 
promote the nomination or election of any other person to public 
office. No person shall invite, demand or accept payment or contri- 
bution from such holder of a public position or office for campaign 
purposes." 


In addition to these mandates by the State Highway Commis- 
sion against political activity, your attention is called to the 
federal law known as the Hatch Act. Following is a summary of the 
provisions of this federal law. All employees of the Highway De- 
partment are included within the purview of the Act. Under the 
provisions of this Act, such employees may be members of political 
groups, but it is improper for them to be active in organizing such 
groups or to be an officer of the groups or members or officers of 
any of its committees or to act as such or to address a political 
group. An employee may attend, as a spectator, any meeting of a 
political committee to which the general public is admitted, but 
must refrain from activity. No employee may serve as an election 
officer in any capacity. He must refrain from soliciting votes or 
campaign funds, from transporting voters (other than the members 
of his own family) to and from the polls, from taking part in polit- 
ieal parades, from distributing campaign literature, badges, or 
buttons. 


In short, under both the Highway Commission regulations 
and the federal law, you may vote as you please, but must refrain 
from all political activity. 


The Engineer brought up for discussion the matter of purchase of 
old steel for use in bridge construction, particularly in connection with 
bridges that are to be constructed in connection with state highway improve- 
ments necessitated by the establishment of army cantonments at Medford and 
Corvallis. He advised that some old steel rails are for sale at Klamath 
Falls, but the owner is asking a price in excess of the price ceiling set 
by the federal government, and there is a question in his mind whether or 
not he should complete the purchase in view of the governmental rulings. He 
also advised that he has already directed an inquiry to the Federal Price Co- 
ordinator with respect thereto and he is expecting a reply at any time. It 
was the thought of the Commission that this steel should not be purchased 
until e reply to the Engineer's letter has been received, and it was so 


In this connection the Engineer brought up for discussion the matter 
of transporting loads consisting of one large log involving a gross weight 
considerably in excess of the gross weight allowed by law, including toler- 
ances. He advised that, in the Clatsop County district, operators are endeav- 
oring to market large spruce trees which are cut up inte logs of from 20 to 
24 feet in length, but these logs are very heavy and cannot be transported 
over state highways without endangering bridges and breaking down the roadway, 
and indications are that it will be necessary to let the logs deteriorate in 
the woods unless the Commission will permit loads weighing in excess of the 
legal weights. He suggested the granting of permits for single log movements 
up to 24 feet in length, provided the combined weight of load and equipment 
does not exceed 65,000 pounds, and provided that the equipment used in con- 
nection with such movements consists of tandem axle truck and tandem axle 
semitrailer, and provided further that the gross weight on any set of tandem 
axles shall not exceed 34,000 pounds. It was his thought that such conces~ 
sion would make it possible to move most of the big logs. 


As to the method of weighing, he suggested that the loads be weighed 
in the woods so logs can be removed from the hauling equipment in the event 
that the approved gross weights are exceeded, the weighing to be done on port- 
able scales and under the supervision of a weighman in the employ of the State 
Highway Department. After considerable discussion of this matter the Comnis- 
sion approved the Engineer's suggestion and decided to discuss the matter from 
that standpoint with a delegation which is to appear before the Commission on 
the following day. (The plan as outlined was approved by the delegation. See 
ahead for details.) 


The Commission discussed and approved the following letter prepared 
by the Engineer, prohibiting state highway department employees from taking 
part in political activities: 


TO ALL HIGHWAY DEPARTMENT EMPLOYEES: (Circular Letter #283) 


Circular letters Nos. 31, 83 and 143, under dates of Decem- 
ber 27, 1937, October 20, 1938, and September 19, 1939, signed by the 
Oregon State Highway Commission, prohibit political activities of any 
kind by members of the Oregon State Highway Department. Quoting from 
these letters: 


"The Highway Department is a nonpolitical agency of the 
State of Oregon. No inquiry has ever been made nor is any record 
kept concerning an employee's political affiliations any more than 
his religious or fraternal affiliations." 


"The holding of office in political parties, the person- 
al solicitation of political funds, and all active participation 
in political affairs, by employees of the department, are not per- 
mitted." 
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until the Commission arrives at a deeision with respect thereto, He was also 
instructed to ascertain and report back to the Commission the names of the 
companies concerned, 


The Commission discussed the matter of eliminating a curve on the 
Columbia River Highway in front of the schoolgrounds at Deer Island, which 
was requested by the Honorable J, D. Perry of Deer Island and a delegation 
which appeared before the Commission at its meeting on August 15, 1941. It 
was recalled that the Commission at that time approved the work for 1942 son- 
struction, the estimated cost of the same being $15,000. The Engineer gave 
as his thought that this project should be deferred, in view of the present 
war conditions, so as to conserve the funds for other projects that are of 
more importance. The Commission deferred a decision on the matter until the 
next meeting. The Engineer was instructed to present to the Commission at 
that time a list of projects that the Commission has promised for 1942 con- 
struction so that all may be considered at the same time. 


In this connection the Commission reconsidered a minor betterment 
project, considéting of oiling of the shoulders adjacent to the pavement on 
the Columbia River Highway through the town of Cascade Locks, which work is 
estimated to cost about $2,900 and was tentatively promised for 1942 construc- 
tion. The Engineer gave as his thought that this work is not absolutely 
necessary, and recommended deferment of the project for the duration of the 
war, in order to conserve funds for more important work, The Commission ap- 
proved the recommendation and instructed the Secretary to so inform the city. 


A letter was presented from the City of Lostine, by Sadie B. Hall, 
City Recorder, requesting the improvement of certain of its city streets, that 
are not state highway routes, notwithstanding that the population of Lostine 
is less than the 250 population which the Commission has set as a minimum 
population of cities and toms in which it will expend state funds for proj- 
ects of this kind. The Commission decided,in view of the stringency of the © 
times, that it would be inadvisable to alter the formula that has been adopted 
as a guide in connection with such improvements and thereupon denied the re- 
quest, although agreed to bear the project in mind for future consideration. 
The Secretary was instructed to so inform the City of Lostine. 

a“ 

The Attorney requested instructions relative to tle securing of 
options for the proposed improvement of the Oregon Coast Highway through 
the town of Gold Beach. He explained that the option forms are now in the 
hands of local citizens, who have inquired whether or not they should get 
them signed by the property owners. The Commission deferred action on the 
matter. — 


The meeting was adjourned at 11:30 p. m. to reconvene the follow- 
ing morning in the Public Service Building. 
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ordered. (Such reply was received by telegram on the following day, at which 

time the Commission authorized the purchase of the steel rails. It also auth- 
orized the Engineer to purchase steel as may be necessary for other purposes. 

See ahead for details.) 
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The Attorney reported the results of investigations with respect to 
the Commission's claim against F. A. Greer and James Saint, Marshfield, who 
removed some of the guardrail from the old Coalbank Slough Bridge just south 
of Marshfield without permission from the State Highway Commission. He read 
aloud the report of his Office Attorney, W. A. Martin, dated February 14, 1942, 
who made the investigation. It appears from the report there is 4 bare possi- 
bility that the state could recover damages, in any event it would be difficult 
to secure a favorable judgment in the courts. It was the thought of the Commis- 
sion that Messrs. Greer and Saint should be prosecuted if there were any pos- 
sible chance to recover damages, which is very doubtful from the facts dis- 
closed in the report. In view of such question and the fact that the claim is 
in a small amount, the Commission decided not to take any further action against 
these men. 


Consideration was given by the Commission to tie request of County 
Judge A. R. Bowman, Crook County, at a previous meeting, that the State High- 
way Commission continue its jurisdiction over 4 section of the old Ochoco 
Highway between Mill Creek and Marks Creek which has been abandoned by the 
Commission in view of the reconstruction of the highway on other alignment. 
The Engineer recalled that the Commission adopted a resolution on December 18, 
1940, abandoning the old highway section, which is seven miles in length, be- 
cause it was of no further value for state highway purposes. However, the 
county court has not accepted it as yet as a county road because the court 
believes that it is valuable as a stock driveway and as such should be main- 
tained by the state. He estimated the cost to maintain the section at ap- 
proximately $300 annually; however, pointed out that there are two 40-foot 
A-frame timber bridges on the section which probably will have to be replaced 
within a few years at a cost of approximately $2,500. He gave as his thought 
that the county court's idea in maintaining the old road as a stock driveway 
4s reasonable but that the maintenance of the same should be a county obliga- 
tion and he so recommended. The Commission approved the recommendation and 
instructed the Secretary to so inform Judge Bowman. (Commissioner Oliver ap- 
proved the action on the following day.) 
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The Engineer reported, as requested by the Commission at. the pre- 
vious meeting, the disposal of an air compressor that was acquired in connec- 
tion with a right of way purchase at Eugene, and advised that this air com- 
pressor has been installed and is being used at the Odell Lake Maintenance 
Headquarters. The Commission approved such disposition. 


Reconsideration was given by the Commission to the matter of secur- 
ing reimbursement of federal taxes paid a number of electrical companies in 
connection with purchases of electrical energy. A decision in the matter was 
deferred until the next meeting. The Engineer was instructed in the meantime 
to release to the several companies a portion of the amounts due them for such 
purchases, retaining, however, enough to cover the amount of the federal taxes 
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shall be authorized to write such group insurance, necessitating deductions 
from the monthly pay rolls of the State Highway Department, was deferred un- 
til the next meeting of the Commission. The Engineer was instructed to report 
at that time the number of insurance companies that could write such insurance 
and the effect that it would have on the State Highway Department if salaried 
employees, as well as hourly-paid employees, were allowed to participate. 


The Commission discussed matters pertaining to the Plasa Corner 
project on the Pacific Highway, in Ashland. It was recalled that the Commis- 
sivm previously approved this projedt for construction with state funds if 
federal funds could not be obtained to finance it, and that the city was 
given to understand that the project would go forward; however, on account 
of the war situation it is becoming more difficult to secure governmental 
approval and the proper priority rating. The Commission indicated that it 
is ready to go ahead with the job, either with federal or state funds, if 
federal approval can be secured for expenditure of either class of funds, 
and the proper priority rating obtained. 


In this connection, the Assistant Attorney advised that some of 
the buildings that have to be remodeled in connection with this improvement 
have been vacated and remodeling is now under way. He particularly referred 
to the remodeling of a garage building owned by a Mr. Claycomb. He advised 
that he is now taking bids, in behalf of Mr. Claycomb, for such remodeling 
work, and requested instructions relative thereto, In the discussion which 
followed it was pointed out that the new ruling of the federal authorities 
places a limit of $500 on building reconstruction projects, so there is a 
question whether or not it will be possible to secure approval for the remod- 
eling of this garage, It was also brought out that the City of Ashland has 
been placed in an undesirable position by reason of the fact that so many of 
the buildings fronting on the proposed improvement have been vacated and par- 
tially demolished, and if the project does not go forward the situation will 
detract greatly from the appearance of the street and will have an undesirable 
effect on the city. After further discussion the Engineer was instructed to 
obtain from the federal government before the next meeting of the Commission 
either definite approval or disapproval of the project so the Commission can 
make a final decision with respect thereto. 


Mr. H. C. Johnson, Coordinator for the Four-County Cantonment Coun- 
cil, Albany, and Mr. E. L. Gray, Independence, came before the Commission rela- 
tive to the improvement of the county road which extends southerly from the 
town of Independence to a connection with the Albany-Corvallis Highway near 
Granger, which road forms the eastern boundary of the Corvallis cantonment. 
Mr. Johnson was the principal spokesman. He urged the Commission to designate 
this road a state secondary highway and to improve the same as such because 
of its value in serving the cantonment. He advised that the road carries a 
large volume of traffic and is badly in need of maintenance and neither Polk 
County nor Benton County is financially able to assyme such obligation. It 
was his thought that the maintenance of the road is a state obligation, in 
view of the fact that it will relieve greatly the traffic congestion on the 
Pacific Highway West (99W). He pointed out that construction operations at 


Portland, Oregon, April 2, 1942 


The State Highway Commission reconvened at 9:00 a. m. in the audi- 
torium of the Public Service Building. Present were: 


Henry F. Cabell, Chairman 

Huron W. Clough, Commissioner 

Herman Oliver, Commissioner 

R..H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 
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Bids as follows for highway construction work were opened and read 
in conformance with previously published notice, following which Chairman 
Cabell announced that the award of contracts would be made at 2:30 p. m. in 
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the same room: 

j THREE STATE HIGHWAYS 

BAKER ROCK PRODUCTION 

D. C. & A. L. Williams $12,090.50 
i 
2 


CRATER LAKE HIGHWAY 
SECTION "A" OF SOUTH UNIT, ANTELOPE CREEK-MEDFORD SECTION 
GRADING AND PAVING 


£ Berke Brothers $252,908.50 
CRATER LAKE AND PACIFIC HIGHWAYS 


SECTION "B" OF THE SOUTH UNIT, ANTELOPE CREEK-MEDFORD SEC. 
GRADING AND PAVING 


Jacobsen-Jensen Company $123,278.00 


CRATER LAKE AND PACIFIC HIGHWAYS 
SOUTH UNIT, ANTELOPE CREEK-MEDFORD SECTION - STRUCTURES 
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i Tru-lMix Concrete Company $19,930.00 
é J. F. Johnston 20,398.00 
Averill & Corbin 24,126.00 

27,466.50 


A. *T. Fox Company 


SANTIAM HIGHWAY 
LEBANON-SWEET HOME ROCK PRODUCTION 


Sak TIMER Ts 


No bids received on this project 
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Mr. Phil Berthiaume, representative of the California Western States 
Life Insurance Company, came before the Commission in regard to furnishing 
highway department employees. This matter was 
discussed at considerable length, but a decision whether or not the company 
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The question of purchase of steel rails for use in connection with 
bridge construction was again brought up for discussion by the Engineer, who 
reported receipt of a telegram from the Federal Price Administrator to the 
effect that the Commission has authority to purchase such steel rails. In 
view of this telegram the Commission authorized the Engineer to purchase such 
material for use in bridge construction at the Medford and Corvallis canton- 
ments and for other projects in approved programs. 


The Engineer reported results of a personal inspection of conditions 
existing at the intersection of the old Pacific Highway and the new Pacific 
Highway in the northern part of Albany, where an accident occurred on June 7, 
1941, resulting in injuries to Mr. Charles F, Peake, Jr., and damage to his 
car. According to Mr. Peake's claim for damages, he drove his car into a 
traffic island that was installed by the state as a traffic guide. The Engi- 
neer advised that he inspected the premises carefully, and in his estimation 
it is simply a case of Mr. Peake driving his car too fast, and if he had had 
his car completely under control the accident could easily have been avoided 
because the island was well outlined with reflector buttons and traffic was 
well protected by a reflectorized stop sign which Mr. Peake knocked dowm and 
which should have been clearly visible to him if he had been at all observant. 
He addéd that the island was located at this place in order to control the 
type of erratic driving that Mr. Peake evidenced. He recommended, in view of 
the situation, that Mr. Peake's claim be denied. The Commission approved the 
recommendation. : 


The Commission adjourned at 12:00 noon and reconvened at 2:00 p. m. 
in the same room with the same persons present and participating. 


The Commission discussed with Mr. W. H. Lynch, District Engineer, 
Public Roads Administration, the award of contracts for the Medford projects, 
bids for which were taken at this meeting, particularly the question whether 
or not to announce the contract awards in view of uncertainties with respect 
to federal funds which are to be used to finance the work. Jt was decided 
not to announce the awards at this time but to refer the bids to the Engineer 
with power to award the contract to the low bidder in each instance, when 
satisfactory arrangements have been effected with the federal government with 
respect to the financing feature. 


At 3:00 p. m. Chairman Cabell announced the following awards of con- 
tracts, bids for which were taken at the morning session, such awards having 
previously been approved by the unanimous action of the Commission: 


"Baker Rock Production Project on three state highways, in 
Baker County. D. C. & A. L. Williams, La Grande, submitted the 
only bid for this project, in the amount of $12,090.50. The Con- 
mission rejects this bid. 


"Section "A" of the South Unit, Antelope Creek-Medford Sec- 
tion of the Crater Lake Highway, in Jackson County. 3.4 miles 
grading and paving. Berke Brothers, Portland, submitted the 
only bid on this project, in the amount of $252,908.50. The 
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the cantonment will be such, within the next two weeks, that general public 
use of Highway 99W will not be available; in fact, according to Colonel Des 
Islet, general traffic on Highway 99W cannot be tolerated, at least during 
the time that construction activities are under way in the cantonment area. 

He also said that, because of the large yolume of traffic on Highway 99W on 
the previous Sunday, it was necessary for army trucks to discontinue opera- 
tions entirely, in order to avoid the occurrence of accidents, which is an 
undesirable situation because it slows down work in the cantonment where speed 
is essential. The matter was discussed at considerable length and was con- 
cluded by a statement from Chairman Cabell to the effect that, while the Com- 
mission is not in position to make a decision today, it will discuss the ques- 
tion of maintenance of the road during the cantonment construction with 
Colonel Des Islet at once, Mr. Johnson filed with the Commission a letter 
from each of the counties forming the Four-County Cantonment Council urging 
the Commission to adopt the Indeperdence-Granger Hoad as a state secondary 
highway, and to maintain the same, 
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Mr. Max Kuney, contractor for grading the Warm Springs River-Mill 
Creek Section of the Warms Springs Highway, in Wasco County, contract No. 
2517, came before the Commission relative to the termination of his contract. 
He advised that his contract calls for seven miles of grading work on an iso- 
lated section of the highway which cannot be used by the general public until 
adjoining sections are constructed, and information that he has received is 
to the effect that such adjoining sections will not be built for some time, 
in view of the war situation. He pointed out difficulties in securing a con- 
venient priority rating that would permit him to obtain equipment, repair 
parts, and supplies. He suggested, if the Commission approves, the termina- 
tion of this contract and payment to him for work performed, thus releasing a 
considerable sum for allocation to other projects which may be considered 
more desirable from the Commission's standpoint and from the standpoint of 
national defense, The Commission took the matter under advisement. The mat- 
ter was reconsidered by the Commision after Mr. Kuney's departure when it was 
decided not to terminate the contract and to require Mr. Kuney to proceed with 
the same in accordance with his contractual obligation. Mr. Kuney was so ite 
formed during the afternoon session of the Commission and he at that time 
agreed to go ahead with the work. 


s 
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: The matter of increasing the 1942 budget covering the activities of 
a the Travel. and Information Department was reconsidered, Chairman Cabell and 

' Mr. Ben Titus, Acting Director of the Travel and Information Department out- 

: lined for the benefit of Commissioner Oliver, the presentation made on the 
previous evening by Dr. E. B. McDaniels, member of the Advisory Committee, 

Ne which committee recommends an increase in such budget, in the amount of $15,000, 
3 for newspaper advertising in the northwestern states. After some discussion 
te the Commission approved such budget increase. 


4 The Commission also approved the attendance of Mr. Titus at a meet- 
% ing of the Northwest Advertising Agency in Seattle on the following day at 
‘8 state expense, it being estimated that such expense would not exceed $35.00, 
to subject to the condition that the out-of-state travel is approved by Governor 
¢ 


Sprague. 
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will have to take a circuitous route to gain entrance to the depot grounds at 
the underpass, a considerable portion of which distance is over and through 
sagebrush territory where no road exists. The Hermiston Commercial Club has 
asked for the construction of a new highway, about two miles in length, on ot 
the south side of the 0.W.R.& N. railroad and paralleling the railroad from 
the end of the present paved read to Hermiston, which is at the eastern bound 
ary line of the Ordnance Depot, to the main entrance to the depot grounds ; 
or as an alternate proposition, the improvement of the Westland School county 
road which connects the present Hermiston Road with the Boardman-Stanfield 
Highway. The Engineer estimated that a new roadway paralleling the railroad 
would cost about $10,000, and that to improve the county road would cost about 
$5,500. He suggested, as an alternate proposition, a roadway extending from 
the present Hermiston Road at the southeast corner of the Ordnance Depot 
grounds southerly to a connection with the Boardman-Stanfield Highway, which 
he estimated could be built for about $4,000. The matter was discussed at 
some length but a decision was deferred by the Commission pending inspection 
on the ground by Commissioner Oliver and tle State Highway Engineer. It was 
arranged that such inspection would be made on Friday of the following week. 


Mr. L. A. Christensen, Seaside, headed a delegation which came be- 
fore the Commission and urged the granting of permits authorizing transporta- 
tion over state highways of loads consisting of one big log, from 20 to 24 
feet in length, involving a gross load considerably in excess of the statutory 
weight limit. Others in the delegation were Messrs. 0. R. Miller, E. P. Stamm 
and Truman Collins, all of whom represented the logging and lumber industries. 
Mr. Christensen advised that they have some 200 or more big spruce logs in the 
woods that cannot be moved to market under existing weight restrictions; that 
they are exceptionally fine pieces of timber and are needed badly for defense 
purposes, particularly for airplane stock, and that the value of the same for 
such purpose would be greatly enhanced; in fact, the logs would be rendered 
practically valueless if split in order to reduce the weight. He urged the 
Commission to grant a special concession for the movement of the same over 
state highways, regardless of the weight, and advised that they will purchase 
and use special equipment for the purpose, consisting of tandem axle truck 
tractors and tandem axle semitrailers. 


The Engineer pointed out that the roadways and bridges over which “oy 
the logs would have to be transported were not designed to carry such heavy 
loads and overstressing the bridges to such an extent would result in fail- 
ure and possibly serious accidents. He further advised that he has given 
this matter serious study and has previously advised the Commission that a 
gross load of 65,000 pounds is absolutely the maximum that could be moved 
over the bridges with safety, and even then the bridges would be overstressed 
from 40 to 45 per cent. The maximum load that could be carried on any set of 
tandem axles, with safety, he added, could not exceed 34,000 pounds, He rec- 
ommended the granting of permits on such basis for logs not lese than 24 feet 
in length, and the waiving of the overall width and height requirements with 
respect to such movements; also, that the loads be weighed in the woods on 
loadometers furnished by the state, the weighing to be done by an employee 
of the logging company under the supervision of a weighman ir the employ of 
the state, the idea being that if such weighing discloses that the allowable 
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Commission refers this to the Engineer with power to award to such 
bidder, when satisfactory financial arrangements have been made 
with the federal government. 


"Section "B" of the South Unit, Antelope Creek-Medford Section 
of the Crater Lake and Pacific Highways, in Jackson County. 1.4 
miles grading and paving. Jacobsen-Jensen Company, Portland, sub- 
mitted the only bid on this project, in the amount of $123,278.00. 
The Commission refers this to the Engineer with power to award to 
such bidder, when satisfactory financial arrangements have been made 
with the federal government. 


"Structures on the South Unit, Antelope Creek-Medford Secticn 
of the Crater Lake and Pacific Highways, in Jackson County. Tru- 
Mix Conerete Company, Medford, submitted the low bid for this proj- 
ect, in the amount of $19,930.00, and J. F. Johnston, Newberg, sub- 
mitted the second-low bid, in the amount of v20,398.00, There were 
two higher bidders. The Commission refers this to the Engineer with 
power to award the contract to the low bidder, when satisfactory 
financial arrangements have been made with the federal government. 


"Lebanon-Sweet Home Rock Production Project on the Santiam High- 
way, in Linn County. No bids were received on this project." 


Mr. E. G. Whipple, Drain, Oregon, was present in regard to the haul- 
ing of long piling over the Elkton-Sutherlin State Secondary Highway. He ad- 


vised that he has defense orders for piling 140 feet in length and that his 
application for a permit to transport these over said highway has been denied 
because the movement will take up the entire roadway and will probably result 
in destruction of privately-owmed fences on the right of way line, He stated 
that he appreciates the reason that the permit was refused but asked the Com- 
mission to reconsider the matter in view of the urgency for delivery of the 
piling, which are to be used in connection with defense construction work, He 
agreed to provide flagmen and to pay the cost of repairing fences as may be 
necessary. After discussion and in view of the fact that the Commission is 
desirous of doing everything possible to assist in national defense, the Com- 
mission, by unanimous vote, authorized the granting of permits for the trans- 
portation of piling over state highways, without restriction, during the pres- 
ent emergency, provided each load is properly flagged to protect other traffic. 
If necessary, a clause is to be inserted in the permit providing that the per- 
mittee shall repair fences and/or other private property that may be damaged 
by his operations. 


The Engineer reported on the cost to construct an access road from 
Hermiston to the Umatilla Ordnance Depot, particularly a substitute for a sec- 
tion of the present roadway which lies within the boundary of the Ordnance 
Depot and wiich will be closed to general public travel shortly when the new 
underpass and roadway leading to the depot from the Boardman-Stanfield Highway 
is finished. It appears from information received from the Hermiston Commer- 
cial Club that there is to be considerable new activity at the Ordnance Depot, 
and that workmen employed on this construction and who reside in Hermiston 
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furnishing of logs for defense purposes; amd, while the Commission wants to 

assist the logging industry in every way possible, in his estimation there 

is a limit to what it should do because when such limit is exceeded it would 

simply mean interference with the war efforts rather than aiding them, inas- 

much as the highways must be kept in good condition for troop movements, as a 
well as for the movement of defense commodities. 


Mr. Stamm inquired whether or not it is the intention of the Commis- 
sion to extend the privilege of hauling logs over state highways on Saturday "4 
afternoons and Sundays, which privilege now expires on June 1, 1942. Chair- 
man Cabell replied that the Commission wants to withhold a decision in such 
matter until it can get a fair idea as to how much tourist travel there is to 
be this summer and how great a necessity there will be for logs. He indicated 
that, if tourist travel is light and the demand for logs is great, the Commis- 
sion would probably extend the privilege. 


The matter of night-hauling of logs over state highways was also 
discussed. Mr. Miller suggested that, since the country is now on war-time 
basis, night hauling should be permitted up to 9:00 p. m. rather than 8:00 
p. m, Which is the present limit. The Commission approved the suggestion 
and ordered that it be made effective on May 1, 1942. 


The Commission discussed the matter of constructing the Cape Blanco 
Federal Aid Secondary Highway, particularly the Hughes Ranch-Lighthouse Sec- 
tion thereof, which has been requested by Rear Admiral C, J. Freeman. In 
this connection a letter was presented from District Engineer W. H. Lynch, 
Public Roads Administration, advising that there is no objection to the use 
of federal aid secondary highway funds in the construction of this section, 
including the necessary connection with the lighthouse reservation boundary, 
provided the work is done on regular federal aid basis, requiring 38 per cent 
of the cost to be paid with state funds. In view of this the Commission au- 
thorized the Engineer to proceed with the project and to advertise the work 
for bids to be received as soon as the plans are prepared. 


Mr. S. H. Boardman, State Parks Superintendent, was present and re- 
ported on the proposed purchase of 360 acres of timber land as an addition to 
Short Sand Beach State Park. He advised that this tract contains a fine stand 
of spruce and hemlock timber and that the owner is asking the sum of 918,000 
for the property, including the timber. He valued the timber at $32,900 on 
the present market and advised that he had suggested to the owner that he sell 
the timber and then deed the cut-over land to the state for state park pur- 
poses, but the owner preferred that the state secure the benefits from the 
sale of the timber, which is his reason for bringing the matter to the Com- 
mission's attention at this time. He further advised that this is an out- 
standing scenic setting and would make a fine addition to the present park; 
further, that the proposition is a very good one and could be worked out to 
the state's advantage if the timber were fallen under the selective-cutting 
method, and under his direct supervision. The Engineer recommended purchase 
of the property at the price quoted, and that the method of sale of the tin- 
ber be worked out later. The Attorney gave as his opinion that the proposi- 
tion is a very good one, because the value of the timber standing on the tract 
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weights are exceeded then the logs are not to be moved onto the highway. After 
considerable discussion of this matter, during which the members tf the delega- 
tion asked for further concessions which were denied by the Commission, the Com- 
mission approved the Engineer's recommendation by unanimous vote, Chairman 
Cabell explaining that the Commission is waiving the height and width require- 
ments, subject to proper clearances and is granting the concession, for the 
present emergency only, in so far as the Commission can legally do so with due 
regard to safety, The delegation accepted the Commission's decision. 


1 i 
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Mr. Christensen then asked the Commission to waive for the duration 
of the war the penalty for overloading in regular log hauling operations, in 
view of the urgency to deliver logs to the mills and the scarcity of log-haul- 
ing equipment. Chairman Cabell advised that the Commission has given this 
matter considerable thought and study and has tried different ways to solve 
the problem, but it appears that the present penalty is the only reasonable 
way that the Commission can get results. The Commission doesn't like the 
idea of suspending the permits, he added, but there seems to be no other way 
to handle the situation. However, the Commission is susceptible to any new 
ideas, 


Mr. Stamm stated that overloading is not a willful violation on the 
part of the log haulers but is simply the result of not being able to estimate 
the weight of logs. He suggested elimination of the "suspension-of-permit" 
penalty and the increasing of the fine. Chairman Cabell advised that the 
State Highway Commission has no control over the amount of the fines; further- 
more, past experience reveals the "fine method" of curbing the overloading of 
trucks to be unsatisfactory. 


Mr. Stamm then stated that it would help considerably if weighmas- 
ters did not weigh every load, but would limit such weighing to loads which, 
in their judgment, from inspection, are in excess of the allowable weight 
limits, to which Chairman Cabell responded that the Commission must have a 
general rule to fit everyone and the Commission cannot discriminate among 
operators. 


Mr. Miller suggested that perhaps the logging industry could help 
out in the matter of policing. Chairman Cabell replied that if the industry 
were composed of only one organization it might be possible to work out some 
kind of a proposition along that line, but unfortunately there are numerous 
organizations throughout the state and he is not as yet satisfied that such 
a solution would work satisfactorily, although it is his intention to give 
the matter further thought. 


The discussion of this matter was concluded by a statement from 
Commissioner Oliver to the effect that the Highway Commission must maintain 
its highways im the best possible condition as its contribution to the winning 
of the war; that road money is scarce and must be conserved in the best pos~- 
sible manner so that the Commission will not be placed in the position of be- 
ing derelict in its duty to maintain the highways properly. The Highway Com- 
mission feels, he said, that it has just as grave a responsibility to protect 
its highways for national defense use as the logging industry has for the 
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The Engineer presented a written report on the status cf the state 
highway department's finances. The Commission deferred action on the matter 
pending study of the report. 


A letter was presented from Mr. H. L. Priday, Gateway, Oregon, re- 
questing the construction of a cattle pass across The Dilles-California High- 
way at milepost 77.78 so as to avoid accidents when cattle are being driven 
from one side of the highway to the other. The Engineer recomnended denial 
of the request because every dollar of state money that is available to the 
Commission is needed for more important projects. The Commission approved 
the recommendation; however, agreed to reconsider the matter when times re- 
turn to normal. 


The Commission discussed briefly matters pertaining to the construc 
tion of the Sprague River “oad, in Klamath County, but deferred action until 
its next meeting. 


The Engineer reported the condition of the existing bridge over the 
Wilson River on the Wilson River Highway, being the second crossing of such 
river, in Tillamook County. He advised that the present structure was built 
a number of years ago by Tillamook County for use as a detour bridge during 
construction of a permanent structure and, accordingly, is not on proper 
alignment; rurther, that it is a 120-foot timber deck truss with 172 feet of 
frame trestle epproach, The roadway width, he said, is only 17 feet 1 inch, 
He estimated that it would cost about ¥#3,500 to widen the structure for a 
24-foot roadway, whereas it would cost approximately $50,000 to construct a 
concrete bridge on permanent alignment and $29,000 to build a new timber 
structure on permanent alignment. He recommended the widening of the present 
structure at a cost of $3,500 as a safety measure. The Commission authorized 
the improvement. 


A letter was presented from County Judge F. E. Gilkey of Lincoln 
County requesting state aid in connection with the repair of a steel bridge 
over the Yaquina River on a county road in Toledo, such aid to consist of 
erection of the necessary steel which the county has already purchased and 
has on hand and the painting of the structure, at the county's expense. The 
Engineer recommended approval of the request in so far as the erection of the 
steel is concerned, because the county is not equipped to do such work, but 
suggested that the county be requested to make other arrangements for the 
painting of the structure because the highwey department's painting crews 
cannot very well be spared. After discussion the Commission authorized the 
loan of a state bridge crew to erect the steel under the condition that the 
county would pay the cost involved, but decided not to do the painting work 
if it can be avoided. The Engineer was instructed to discuss the matter with 
the county court. 


Reconsideration was given by the Commission to the matter of con- 
structing sidewalks in the town of Toledo, Lincoln County, and in the town 
of Eastside, Coos County, which projects the Commission heretofore approved 
for 1942 construction but on which no work has as yet been undertaken. The 


is far in excess of the amount that the Commission would have to pay for the 
property. The Commission voted unanimously to purchase the tract for $18,000 
under the condition that selective cutting of the timber be carried on under 
the direct supervision of the Parks Superintendent, who was thereupon instruct- 
ed to arrange a plan for such selective cutting and sale of the timber. 


The Engineer reported to the Commission that the department's loss 
of men to the defense industries and to the federal government is continuing 
at an increasing rate, and that he fears that with the advent of spring there 
will be a more or less general exodus from the department, leaving the depart- 
ment in a position where it cannot effectively carry on its vital maintenance 
operations and other necessary functions. He pointed out that the maintaining 
of the highways, the construction of access roads and other functions of the 
department are essential to the war effort and must be carried on during the 
emergency; that although the department can release a part of its organization 
to shipbuilding, cantonment construction and other defense industries, it 
must hold a force sufficient to prevent deterioration of the state's trans- 
portation facilities. He expressed the thought that a comparatively small 
general increase in wage rates and salaries might hold a force sufficiently 
large to carry on essential operations, and he recommended that the Commis- 
sion give consideration to the granting of an increase of that kind. 


It was the opinion of the Engineer that the department could not, 
and probably should not, meet the wage scales offered by the defense indus- 
tries, but that there was justification for an increase in wages and salaries 
to offset increased living cost and to serve in limited degree as an induce- 
ment to employees to remain in the state's service. He suggested that an in- 
crease of $10 to $15 per month might prove satisfactory, and appeared to be 
as much as the department could obligate itself for at this time, in view of 
depleted finances, 


Following a discussion, the Commission approved, unanimously, the 
granting of wage rate and salary increases, effective as of April 1, 1942, as 
follows: 


1. An increase of eight cents (8¢) per hour for all hourly- 
rate classifications. 


2. An increase of ten dollars ($10) per month for all monthly- 
rate classifications for which the present rate does not 
exceed $250 per month. Border line cases are to be adjusted 


by the Engineer. 


The Engineer estimated that this adjustment in rates of pay would increase 
the pay roll approximately nine and one-half per cent, or approximately 
$330,000 per 12-month period. 


The question whether or not to grant increases to employees who now 
receive salaries in excess of $250.00 per month is to be considered later in 
the year. 
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their plans for the 1942 program and to submit such information along with 
his recommendation to the Commission at its next meeting, when the question 
will be decided, 


The Secretary brought up for discussion a proposed agreement with 
the South Umpqua Telephone Company covering the moving o? certain telephone 
poles on the Tiller-Trail Secondary State Highway, in Douglas County. The 
Engineer recalled that the Commission some time ago approved the payment of 
$3.00 each for the moving of 45 poles, and the sum of $5.00 each for the 
moving of seven .dditional poles along the Days Creek-Wright Ranch Section 
so as to accommodate the highway improvement. Since that time, he said, it 
has been necessary to move 74 additional poles along the adjoining Wright 
Ranch-Milo Section to accommodate another highway improvement. He recom- 
mended payment to the company of the cost of moving such poles on the same 
basis that the original 52 poles were paid for. (See original agreement for 
details.) The Commission approved the recommendation and thereupon signed 
an agreement with the telephone company with respect thereto. 


The Commission discussed the claim of Joseph W. Boyer arising out 
of an accident that occurred on the Dooley Mountain Section of the Baker- 
Unity Highway, in Baker County, which involved a state highway department 
truck. Mr. Boyer based his claift on the following: (1) that the driver of 
the highway truck failed to permit his car to pass in an accessible place; 
and (2) that the truck driver drove his truck to the extreme right of the 
highway as if to let his car pass but, when his car was directly opposite, 
the truck swerved over to the left side of the highway center line, forcing 
the passenger car to stop off the traveled roadway which resulted in a col- 
lision between the passenger car and the trailer that was being towed by 
the truck. Mr. Boyer feels that he is entitled to reimbursement in the 
amount of $18.17 which he paid for his car repairs, The Engineer advised 
that investigation reveals this to be another case of too much speed on the 
part of the driver of Mr. Boyer's car, and that if it should be determined 
that the state is liable, then it is a matter for the state's insurance com- 
pany to settle. The Commission concurred and thereupon referred the matter 
to the Attorney to handle, 


The Commission considered, approved and ordsred filed county court 
resolutions, as follows, relative to the disposal of certain sections of 
state highways that have been abandoned by the state because of reconstruc- 
tion of such highways on other alignment: 


Resolution from the Yamhill County Court accepting jurisdic- 
tion over portion of the Rex Hill Section of U. S. Highway No. 
99W 


Resolution from Yamhill County Court accepting jurisdiction 
over portion of the Muddy Creek-Pringle Corner Section of the Mc- 
Minnville-Tillamook Highway. (Three Rivers Highway) 


Resolution from the Yamhill County Court accepting jurisdic- 
tion over portion of the old Spaulding Ranch Section of the Salem- 
Dayton Secondary Highway. 


Commission decided in view of the stringency of the times to defer both proj- 
ects and all similar projects during the present war emergency. 


A letter was presented from the Pacific Truck Express Company re- 
questing permission to operate, over Oregon highways between California and 
Oregon points, a train of vehicles 60 feet overall in length and consisting 
of three units—truck tractor, semitrailer and trailer. The Engineer gave as 
his thought that this is an undesirable combination of equipment which could 
not be operated over highways of this state without endangering other traffic 
and accordingly recommended denial of the request. The Commission approved 
the recommendation. 


The Engineer reported that, in conformance with authority previously 
granted him by the Commission, he has awarded contracts, as follows, bids for 
which were taken by the Commission at its meeting on March 19, 1942, the con- 
ditions of the awards having been satisfied: 


Construction of Air Base-Columbia Bottom Road Section of the 
Portland Air Base East Access Road, in Multnomah County, Awarded 
March 28, 1942, to the low bidder, Parker-Schram Company. 


Construction of new pile trestle at Willamette River Bridge 
crossing at Harrisburg. Awarded March 31, 1942, to Tom Lillebo, low 
bidder. 


The Commission confirmed the awards by unanimous vote. 


The Engineer brought up for discussion the claim of Mr. Benjgmin F. 
McConnell, Coquille, for loss of time and doctor's expense which he incurred 
as the result of a fistic encounter with one Elmer Stokes, both men being for- 
mer employees of the State Highway Department engaged in work on a paving 
crew. It appears that Messrs. McConnell and Stokes had not been on friendly 
terms for some time. On the day that the crew was disbanded they happened to 
meet on the street and became involved in a street fight which resulted dis- 
astrously to Mr. McConnell who suffered a broken leg and was obliged to go to 
the hospital, Mr. McConnell feels that he is entitled to pay from the state 
for the time lost as a result of the injuries and to reimbursement for his 
hospital expense. The Engineer advised that neither Mr. McConnell nor Mr. 
Stokes was on the state's pay roll at the time the fight occurred, they hav- 
ing been previously time checked and the crew disbanded, so in his estimation 
Mr. McConnell lost no time in so far as the state is concerned. Furthermore, 
in his opinion the state is in no way responsible for the feud, and the fight 
occurred off state property. He recommended that the claim be denied. The 
Commission approved the recommendation. 


The Commission discussed briefly but deferred action on the question 
whether or not to contribute state funds toward the cost of conducting KOAC 
"Oregon on Parade" program in 1942, as was done in 1940 and 1941. The Engi- 
neer was instructed to have Mr. Ben Titus, Acting Director of the Trevel and 
Information Department, secure information from the college authorities as to 
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turns. The Secretary advised that all permits for hauling logs, poles, and/ 
or piling are prepared to terminate at the city limits of cities and towns, 

in conformity with advice from the Attorney that the Commission does not have 
legal control over such traffic within the city limits; also, that if the 
Commission should assume jurisdiction over such traffic within the city limits, 
it would mean the assumption of a serious responsibility because there are so 
many cities and towns through which such operations are being carried on. The 
Attorney advised that, under the new law that was enacted by the 1941 Legis- 
lature, the State Highway Commission has full control of traffic over city 
streets that have been designated as state highway routes and, under such 
authority, has the power to regulate traffic over such streets. The Commis- 
sion desired more time to decide the question and, accordingly, deferred 
further consideration until its next meeting. The Secretary was instructed 
to present at that time a list of cities and towns affected by such movements. 


The Commissicn had under discussion a request from Mr. Phil Willis 
for reinstatement of his log-hauling permit which was cancelled because of 
his refusal to remove a load of logs that he lost on the highway right of way 
near Grand Ronde. The Secretary advised that Mr. Willis dropped the logs on 
the highway at 3400 p. m. on March 2, and that he was warned several times by 
the District Maintenance Superintendent to remove them, but neglected to do 
so, notwithstanding that it was pointed out to him that he would probably 
lose his permit if he did not comply with the provisions thereof, He further 
stated that the Public Utilities Commissioner was requested to cancel the per- 
mit on March 13 and did so on the following day. Subsequently, Mr. “illis 
asked for reinstatement, and was informed of the necessity to present the 
matter to the State Highway Commission for instructions. The Commission con- 
sidered that Mr. Willis has been sufficiently penalized for this offense and 
authorized reinstatement of the permit. 


The Commission also considered the reinstatement of the log-hauling 
permit of Gordon T. Pickell, of Ashland, which was cancelled for his refusal 
to voluntarily surrender his PUC plates to the state weighmaster when appre- 
hended for transporting a combined load of logs weighing in excess of the 
gross weight limits, including tolerances, permitted by statute. The Secre- 
tary advised that Mr. Pickell's truck was weigiied on March 18 and was found 
to have a gross weight of 64,650 pounds, which is considerably in excess of 
the permissible weight; further, that Mr. Pickell was given 24 hours within 
which to voluntarily surrender his PUC plates but did not surrender them un- 
til March 26, In the meantime, the Public Utilities Commissioner had been 
requested to cancel Mr. Pickell's permit in accordance with the usual prac- 
tice. He further stated that, while Nr. Pickell owned the truck involved 
in this violation, he was not the driver of the truck and states that he was 
unaware that the truck driver had refused to turn in the plates when request- 
ed, and in view of such misunderstanding he is asking the reinstatement of 
his permit. After due consideration the Commis: ion approved the request. 


A letter was presented from the Coos Bay Logging Company, North 
Bend, requesting permission to transport, over the Cape Arago State Second- 
ary Highway between Empire and North Bend, loads of lumber having an overall 
height of 124 feet. The Engineer recommended approval of this request. The 


Ls 


Resolution from the Lake County Court turning over to adjacent 
property owners an abandoned section of the old Klamath Falls-Lake- 
view Highway, in Sections 14, 15 and 22, Township 39 South, Range 19 
East, W. M. 


Resolution from the Lake County Court accepting jurisdiction 
over a portion of the old Klamath Falls-Lakeview Highway in Sections 
8 and 9, Township 39 South, Range 18 East, W. M., and abandoning cer- 
tain other sections of the highway in this vicinity. 


Resolution from the Benton County Court accepting jurisdiction 
over portion of the old Kings Valley Secondary Hghway, Benton County. 


The question of jurisdiction of the Elsie-Jewell county road which 
is being used and maintained as a state highway detour, pending construction 
of the proposed Fishhawk Falls State Secondary Highway, had the attention of 
the Commission. This matter arises in view of the Commission's previous rul- 
ing that recommendations with respect to log hauling on this road should be 
filed with the Public Utilities Commissioner by Clatsop County, in view of 
the fact that the road is a county road, and to clarify the operations of 
highway department weighmasters, The Attorney gave as his thought that, if 
the State Highway Commission continues to maintain the road as a substitute 
road for state highway traffic pending construction of the new highway, then 
the Commission should enter into a written agreement with the county court 
with respect to the maintenance of the road and control of traffic. The 
matter was discussed at some length during which it was pointed out that there 
are other county roads throughout the state in the same category, such as the 
Gales Creek Road, in Washington County, which is being used by state highway 
traffic pending completion of the Wilson River Highway, and the county road be- 
tween Mehama and Mill City on the south side of the North Santiam River, in 
Linn County, which is being used by state highway traffic pending construction 
of the North Santiam State Secondary Highway between these points on the north 
side of the North Santiam River. As a result thereof the Commission approved 
the Attorney's suggestion, and thereupon instructed the Attorney to prepare an 
appropriate agreement with Clatsop County covering maintenance and jurisdiction 
over the Elsie-Jewell Road for consideraticn by the Commission at its next 
meeting. The Commission also ordered similar agreements covering other county 
reads in the same category. 


The Secretary presented a letter from Division Engineer W. C. Willi- 
ams with respect to the hauling of piling 74 feet long through the town of 
Forest Grove. Mr. Williams advises that the piling originate in the Gales 
Creek vicinity and are transported to Forest Grove over the Gales Creek county 
road; and that they are routed along Main Street and Pacific Avenue, in Forest 
Grove, necessitating a right angle turn at the intersection of these two streets, 
which is the center of the town's business district where accidents frequently 
occur because the loads take up the entire intersection. In an endeavor to 
eliminate this hazard the city officials, he said, want the state to prohibit 
the parking of automobiles near this intersection and to erect signs and paint 
"no parking” areas at such point. It was Mr. Williams's opinion that piling 
of such length should not be routed on city streets that involve right angle 
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claim thoroughly and is convinced that the contractor is entitled to payment z 
in the amount of $2,155.35 which amount the contractor has agreed to accept a 

as payment in full of the claim, He recommended payment of such sum. After "| 

due consideration the Commission approved the recommendation and thereupon 

signed an agreement with the Colonial Construction Company covering the mat- 

ter. 


Consideration was given by the Commission to the matter of continu- -_ 
ing its endeavors with respect to the proposed 1943 Oregon Trail Centennial : 
Celebration. A decision in regard thereto was deferred by the Commission un- | 
til later so as to give Chairman Cabell an opportunity to discuss it with Mr. : ° 

Ben Titus, Acting Director of the Travel and Information Department. 


Communications were presented from Mr. T. B. Watters, Klamath Falls, a 
with respect to the reconstruction of The Dalles-California Highway between 
Klamath Falls and Modoc Point, but action thereon was deferred until the next 
meeting. 


The Secretary presented a letter from Mr. L. 0. Nelson, Newberg, | 

regarding the use of prefabricated wooden tires on his automobile. It was 

pointed out in the discussion that such tires are not prohibited under the 

Oregon statute unless the combined weight of load and vehicle, on which the 

tires are used, exceeds 7,000 pounds or the combined weight on amy one axle 

exceeds 3,500 pounds. The Commission considered, in view thereof, that this 

is a licensing feature, coming under the control of the Secretary of State, 

and instructed the Secretary to so inform Mr. Nelson. 


The Secretary also presented a telegram from Senator Charles L. 
McNary, advising that it is his intention to oppose the adoption of HR 6750 
and particularly the provision thereof that exempts contractors and others 
from payment of the state gasoline tax in the event that they are engaged 
in defense work; and a letter from the Ashland Snamber of Commerce, directed 
to the Honorable Walter M. Pierce, urging similar action on his part with 
respect to this bill. The Commission ordered these communications filed. 


The Commission discussed a letter from the Newport Agate Society ‘ 
urging the Highway Commission to take action in furtherance of its previous 
orders prohibiting the taking of agate-bearing sand and gravel from the 
Oregon beaches. The Commission took no action on this matter. 


The Commission approved a request from Herbert Swift, Chairman of 
the Parade Committee of the City of Newberg, for permission to detour traffic 
on the Pacific Highway West in their town, between Main Street and Center 
Street, during the progress of their "Total War Day" parade, which is to be 
held on Monday afternoon or evening, April 6, in response to a proclamation 
of the President and the Governor. The Engineer was instructed to have Main- 
tenance Engineer E. A. Collier take charge of the signing of the detour dur- 
ing such period. 


The Engineer brought up for discussion the necessity to revise the 
resolution adopted by the Commission on February 13, 1942, establishing one- 
way traffic routes at Medford to accommodate the Medford cantonment. He 
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Commission approved the recommendation and thereupon autherized such movensnts 
as a general policy, ineluding overall heights up to 12} feet in connection 
with log hauling operations if the loads are properly tied with binder chains 
and the authorized weight limits are not exceeded. 


The question whether or not to permit log hauling on the Oregon 
Coast Highway from Coquille northerly a distance of about eleven miles toward 
Marshfield, involving overall lengths of 60 feet, had the attention of the 
Commission, particularly the request of Frank J. Fish for such privilege. The 
Commission indicated that it would have no objections to such hauling if no 
portion of the hauling equipment or load exterded over the center line of the 
highway. On account of the curvature of this section of the highway, the Com- 
mission considered it advisable to have a test run of loads of logs to deter- 
mine the feasibility of the movements under such conditions. The Secretary 
was authorized to approve permits for such movements if the test loads reveal 
that such loads can be transported without using more than one half the trav- 
eled roadway. 


Consideration was given by the Commission to the establishment ofa 
policy with respect to permitting transportation of piling of long length over 
the South Santiam Highway between the North Santiam Highway junction and Al- 
bany. The Commission authorized such movements if the loads are properly 
flagged as protection to other traffic. Due to the present war emergency the 
Commission adépted such procedure as a general policy to be followed hereafter 
throughout the state in connection with the hauling of piling. It was left 
with the Engineer and the Secretary to determine the proper method of flagging. 


The Commission discussed the releasing of the final payment to con- 
tractor F. C. Feldschau and Son in connection with state highway contract No. 
2371, Tillamook Rock Production Project on the Oregon Coast and Wilson River 
Highways, in Tillamook County. The Secretary explained that all of the work 
contemplated under the original contract was completed on April 4, 1941, prior 
to the expiration of the time limit specified in the contract, and that the 
Commission approved payment of the final estimate; however, before the final 
payment was made, additional materials were ordered by the Engineer and such 
materials were not furnished until the specified time limit had expired which 
necessitates an extension of time and supplemental approval of the Commission 
before payment of the final amount, 4f the Commission's established policy is 
followed. He inquired, in view of the fact that the contractor has waited 
several months for the final payment, which amounts to less than $700, whether 
or not the Commission would waive the usual requirement in this particular in- 
stance. The Commission authorized final payment as soon as the contractor's 
request for an extension of time and written consent thereto by the surety on 
his bond have been received. 


The Engineer brought up for discussion the claim of the Colonial 
Construction Company for extra compensation arising out of its contract No. 
2357 with the Commission for grading the Forest Boundary-Warm Springs River 
Section of the Warm Springs Highway, in Wasco County. He advised that the 
contractor has filed a claim for $4,498.71, representing extra credit for 
excavation on account of change in plans, and that he has gone over this 
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4. That this resolution shall be entered in the minutes ae te 
and records of the Commission as of the date of April 2, 1942. 


j 
: The Commission had under discussion the following requests for 
extensions of time within which to complete highway construction projects: 


J. W. & J. R. Hillstrom, contract No. 2221, for construction 
of a bridge over Coalbank Slough on the Oregon Coast Highway at } 
: Marshfield, in Coos County, requested an additional extension of ‘| 
time, from August 31, 1940, to January 20, 1942, within which to ' 
complete this job. They advised that their contract called for 
: the razing of the old Coalbank Slough Bridge and such work was de- re 
) layed upon written instructions from the Division Engineer on <3 
August 14, 1940. The new bridge, they said, was open to traffic 
on September 11, 1941, but their bridge crew and their equipment a 
were engaged in constructing the North Bend Airport as a national } si 
defense project, and it was not until November 10, 1941, that they 
were able to resume operations on the state's contract. The Engi- 
neer advised that the reasons given by the contractor for failure 
to complete the project within the specified time limit are sub- 
stantially correct. He recommended, in view of the circumstances, 
that the extension of time requested be granted without penalty. 
A letter was presented from the Public Roads Administration con- 
curring therein. The Commission approved the recommendation. 


Roy L. Houck, contract No. 2300, for grading and paving the ‘ 
Tigard Section of the Pacific Highway West, in Washington County, me | 
requested an extension of time, from July 31, 1941, to November 6, & 
1941, within which to complete this job. He attributed his failure ok 
to complete the project within the specified time limit to shortage 
of skilled labor and material and to adverse weather conditions 
during the spring of 1941. The Engineer advised that tiis con- 
tract was awarded on March 21, 1940, and that when the completion han 
date was fixed therefor it was anticipated that operations could 
be carried on successfully during the month of May, 1940; however, 
continued rain made it impossible for Mr. Houck to make any mate- 
rial progress during either May or June, as he could not haul / 
material from his stock piles. The contractor also experienced 
considerable delay in securing delivery of aggregate, and the short- 
age of skilled concrete workers prevented him from operating addi- 
tional shifts. He recommended, in view of the circumstances, that 
the extension of time requested be granted without penalty, notwith- \ 
standing that the Public Roads Administration has not as yet agreed 
to waive the penalty. The Commission voted unanimously to extend 
the time limit on this contract without penalty regardless of the 
action that may be taken by the Public Roads Administration. (See 
letter from W. H. Lynch, District Engineer, Public Roads Adminis- 
tration, dated April 8, 1942, recommending an extension of time to 
November 6, 1941, with penalty from July 31 to September 15, 1941.) 


advised that, since the adoption of such resolution, the routing has been re- 
vised, as follows: the southern terminus for one-way traffic on the Crater 
Lake Highway has been changed from "McAndrews County Road" to "the entrance to 
the Jackson County Trailer Camp near the north city limits of Medford", and 
that the scuthern terminus for north-bound traffic on the Midway or Bybee 
County Road has been extended southerly to the junction of the Pacific Highway 
with the old Pacific Highway near the north city limits of Medford. It was 
his thought that the record should bé corrected in this regard. The Commis- 
—_ mn pe and thereupon adopted the following resolution with respect 

ere : 


WHEREAS, as of February 13, 1942, the Highway Commission 
adopted and made a part of its records and minutes a resolution by 
which a portion of the Crater Lake Highway was designated as a one-~- 
way traffic highway and a portion of the Bybee County Road was, with 
the approval of the County Court made a one-way-traffic road; and 


WHEREAS, since the adoption of said resolution it has been 
found necessary to modify said resolution in the manner and to the 
extent in this resolution set forth; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
Highway Commission, as follows: 


1. That section 1 of seid resolution shall be and the same 
hereby is amended so as to read as follows: 


"]. That the section or unit of the Crater Lake High- 
way which extends from a point approximately two miles north- 
east of Agate Station to the entrance to the Jackson County 
trailer camp near the north city limits of Medford, be and 
said section of said state highway hereby is declared to be 
a one-way highway and shall be available for southbound 
traffic only." 


2. That section 2 of said resolution shall be and the same 
hereby is amended so as to read as follows: 


"2, That the section of said county road which be- 
gins at the junction of the Pacific Highway and the old 
Pacific Highway near the north city limits of Medford and 
extends northerly over said old Pacific Highway to an inter- 
section with the Bybee County Road, sometimes known as the 
Midway Road, thence over said Bybee County Road, terminat- 
ing at a junction with the Wellen County Road hereby is 
declared a one-vay-traffic road and hereby is made available 
to northbound traffic only." 


3. That except as hereby and herein amended the said reso- 
lution shall remain in full force and effect. 
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replacement of one bracket arm signal head which had been hroken by 
a truck. These items, he said, were satisfactorily completed by 
February 2, 1942, and the entire project has been approved by the 
city officials as well as by the owner of the under-sidewalk base- 
ment whose property was being damaged by the leak at the pole. He 
recommended, in view of the circumstances, that the extension of 
time requested be granted without penalty. The Commission approved 
the recommendation. 


Porter W. Yett, contract No. 2531, for grading and paving of 
North Burgard Street in the city of Portland, ‘ultnomah County, 
requested an extension of time, from January 31 to February 20, 
1942, within which to complete this job. He attributed his failure 
to complete the project within the specified time limit to orders 
from the Engineer who would not permit paving work to be carried 
on except when weather conditions were favorable and who directed 
that certain paving work be deferred until it could be done in con- 
nection with paving work that was to be done on the same street by 
the City of Portland. The Engineer advised that the reasons given 
by the contractor for failure to complete the project within the 
specified time are correct, He recommended, in view of the circun- 
stances, that the extension of time requested be granted without 
penalty. The Commission approved the recommendation. 


The Engineer reported that Contracts Nos. 2221, 2300, 2405, 2454, 
2465, 2531, and 2561, for the construction of state highway projects, have 
been completed, according to the requirements of the contracts or modifica- 
tions thereof, and that said jobs are now ready for acceptance. The follow- 
ing resolwtion accepting the above projects was offered and was adopted by 
the unanimous vote of the Commission: 


WHEREAS, the Engineer has reported that the following 
State Highway Commission contracts for the construction of state 
highway projects have been completed according to the terms and 
provisions of the contracts and said jobs are row ready for ac- 
ceptance: 


Contract No. 2221, with J. W. and J. R. Hillstron, 
for construction of the Coalbank Slough Pridge near Marsh- 
field, on the Oregon Coast Highway, in Coos County. Com- 
pleted January 20, 1942. 


Contract No. 2300, with Roy L. Houck, for 1.74 miles 
grading and paving on the Tigard Section of the Pacific 
Highway West, in Washington County. Completed November 6, 
1941. 


Contract No. 2405, with L. B. James, for construction 
of the Testing Laboratory Building, in Salem, Marion County. 
Completed March 13, 1942. 


L. B. James, through his attorney F. E, Wagner, requested an ad- 
ditional extension of time, from August 31, 1941, to March 13, 1922, 
in connection with his contract No. 2405, for the construction of a 
laboratory building on state highway property in Salem. The reasons 
given for failure to complete the contract within the specified time 
limit were the contractor's inability to obtain certain material neces- 
sary for the completion of the work, due to the National Emergency 
Defense Program, the priorities and preference ratings created by the 
federal government, and the orders and decrees made by the same. The 
Engineer advised that practically all of the work was completed by Mr. 
James by August 31, 1941, and that the work remaining to be done then 
consisted of placing certain Transite lining, which material, due to 
priority regulations, the contractor was unable to obtain until about 
the first of March, 1942. The building, he said, has been occupied 
by highway department employees since since October 10, 1941. He 
re » in view of the circumstances, that the extension of time 
requested be granted without penalty. The Commission approved the 
recommendation. 


Roy L. Houck, contract No. 2454, for grading and paving the 
Onion Flat Section of the Pacific Highway West, in Washington County, 
requested an extension of time, from September 30, 1941, to November 
5, 1941, within which to complete this job. He attributed his fail- 
ure to complete the project within the specified time limit to short- 
age of skilled labor, materials, and to inclement weather during the 
months of August and September. The Engineer advised that this job 
was delayed by inability of the material contractors to furnish con- 
crete aggregate as soon as was anticipated because of defense paving 
contracts at the Portland Airport and at Tongue Point Naval Base. He 
also said that there was a shortage of skilled concrete workers which 
prevented the carrying on of the work under additional shifts. He 
verified the contractor's statement as to encountering bad weather. 
He recommended, in view of the circumstances, that the extension of 
time requested be granted without penalty notwithstanding that he 
has not as yet received a letter from the Public Roads Administra-~ 
tion expressing its attitude with respect thereto. The Commission 
approved the recommendation. (A letter was received from W. H. 
Lynch, District Engineer, Public Roads Administration, subsequent 
to this meeting, concurring in the recommendation, ) 


Trowbridge and Flynn Electric Company, contract No. 2465, for 
the installation of a traffic signal system in the city of Klamath 
Falls, requested an extension of time, from October 31, 1941, to 
February 2, 1942, within which to complete this job. They attrib- 
uted their failure to complete the project within the specified 
time limit to delays in securing priorities for steel poles and 
laytex wire. The Engineer advised that the reason given by the 
contractor for overrun of the time limit is correct, The installa- 
tion, he said, was completed and put into operation on December 16, 
1941, but at that time there were two minor items which remained to 
be taken care of, consisting of the waterproofing of the base of 
one pole to stop leakage into an under-sidwalk basement and the 
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The Commission discussed the setting of a date for its next meeting 
for the receiving of bids for construction work, and decided to hold such 
meeting on Thursday, April 23, 1942, in Portland. (This was later changed to 
Thursday, April 30.) The Secretary was instructed to make the usual arrange- 
Piet the use of the auditorium in the Public Service Building for this 

Ze 


There being no further business to come before the Commission at 
this time the meeting was adjourned at 5:45 p. m. 


| f 
CS Highway Engineer Nery ft Cabell 
id ene a sah > ee : 

Secretary Commissioner 


iA ~< 
Commissioner 


Portland, Oregon, April 30, 1942 


The State Highway Commission met in regular session at 9:00 a. m. 
in tie auditorium of the Public Service Building. Present were: 


Henry F. Cabell, Chairman 

Huron W, Clough, Commissioner 
Baldock, State Highway Engineer 
Devers, Attorney 
Glaisyer, Secretary 


Commissioner Oliver was excused from attending this meeting. 
Bids, as follows, for highway construction work and for the sale of 
buildings were opened and read in confomance with previously published notice, 


following which Chairman Cabell announced that the awards would be made at 
2:15 p. m. in the same room: 


THREE STATE HIGHWAYS 
BAKER ROCK PRODUCTION 


D. GC. & A. L. Williams $15,550.00 


PACIFIC HIGHWAY WEST 
LEWISBURG-CORVALLIS SECTION > GRADING & PAVING 


No bids received on this project 


Contract No. 2454, with Roy L. Houck, for 0.76 mile 
grading and paving on the Onion Flat Section of the Paci- 
fic Highway West, in Washington County. Uvmpleted Novem- 
ber 5, 1941. 
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Contract No. 2465, with Trowbridge & Flynn Electric 
Company, for installing traffic signal system in the city 
7 Falls, Klamath County. Completed February 2; 
1942. 


Contract No. 2531, with Porter W. Yett, for 0.72 mile 
grading and paving on the North Burgard Street Section, 
City of Portland, in Multnomah County. Completed February 
20, 1942. 


Contract No. 2561, with Porter W. Yett, for 0.72 mile 
paving, on the North Burgard Street Section, City of Port- 
land, Multnomah County. Completed February 20, 1942. 


THEREFORE, BE IT RESOLVED that the work covered by said 
state highway contracts for the construction of said state highway 
projects be declared completed according to the terms of the respec- 
tive contracts, and said jobs are hereby accepted and final payment 
in connection with each is hereby authorized. 


The Commission considered and signed agreements, et cvtera, as fol- 
lows: 


Agreements with the following cities and towns, covering im- 
provements of city streets that are not on state highway routes: 


West Salem Yamhill Arlington 
Newberg Athena 


Agreement with the Colonial Construction Company disposing of 
its claim for extra compensation arising out of state highway con- 
tract No. 2357, for grading the Forest Boundary-Warm Springs River 
Section of the Warm Springs Highway, in Wasco County. 


Agreement with the South Umpqua Telephone Company covering re- 
establishment of certain telephone poles on the filler-Trail Second- 
ary Highway, in Douglas County, necessitated by the reconstruction 
of the Wright Ranch-Milo Section of said highway. 


Stipulations relative to the acquisition of right of way that 
will be needed for the Boardman-Stanfield Highway across government- 
owned lands near Stanfield, and for The Dalles-California Highway 
in the vicinity of Algoma, Klamath County. 


SALE. OF BUILDINGS IN NORTH BEND (Cont.) 


' Building No. 9491 (Former owner Coos Bay Longshoremen 
Benefit Association) 


Kenneth Dodd 


Building No. 9501 (Former owners Ira L. ard Grace E. Goodlin) 


Kenneth Dodd 
Harold Potts 
W. L. Lorsung & M. A. Noah, 


Building No. 9498 (Former owner Cora Swanson oyle) 


Harold Potts 

Kenneth Dodd 

Mrs. A. =. lee 

W. L. Lorsung & M. A. Noah 
Wm. E. Rencehausen 


Building No. 9499 {Former owner John Sandine) 
Kenneth Dodd 


Building No. 9560 (Former owner John H. Tewsley) 
Kenneth Dodd $15.00 


County Judge Nelson B. Higgs, Harney County, was present in regard 
to the closing of a portion of the Rome-Princeton Secondary State Highway No. 
442, particularly between milepost 29.5, near Follyfarn, and its junction 
with the I.0.N. Secondary State Highway No. 456 at milepost 62.4, near Rome, 
which section is in Malheur County, in order to accommodate the United States 
Army which is establishing an aerial gunnery range, to be known as the South- 
eastern Oregon Aerial Gunnery Range, in this vicinity. 


In this connection the Secretary presented a letter from Lieut. 
Philip H, Pitman of the Army Engineers in which the Commission was asked to 
take steps as may be necessary to close this section of highway each year 
during the period commencing March 15 and ending October 1, which would allow 
the area to be used as a stock range for the rest of the year. Judge Higgs 
asked the Commission to approve such request and advised there would be no 
objections from the county's standpoint. The Commission, after discussion, 
approved the closing of this highway between May 1 and October 1, 1942, and 
thereupon by unanimous vote adopted the following resolution in regard there- 
tor 


WHEREAS, the United States War Department has established 


for the purpose of National Defense an area to be known as the South- 
eastern Oregon Aerial Gunnery Range; and 
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CORVALLIS-NEWPORT HIGHWAY 
BLODGETT OVERCROSSING - RECONSTRUCTION 


J. F,. Johnston $13,010.00 
Averill & Corbin 14,044.00 
Tom Lillebo 22,060.00 
A. T. Fox Company 22,347.00 


PACIFIC HIGHWAY 
NORTH DILLARD BRIDGE OVER SOUTH UMPQUA RIVER 


C. J. Eldon $190,235.00 


CENTRAL OREGON HIGHWAY 
BUCHANAN ROCK PRODUCTION 


No bids received on this project 


SANTIAM HIGHWAY 
LEBANON-SWEET HOME ROCK PRODUCTION 


A. H. Saxton & Son $32,100,00 
SALE OF BUILDING. AT EUGENE 
Buil No. 8787 (Former owner Albert Larsen) 
Kenneth Dodd $25.00 
SALE OF BUILDINGS IN NORTH BEND 
Building lo, 9532 (Former owner Clara Bustrin) 


Harold Potts $101.00 
Kenneth Dodd 63.00 
George Gierke 41,00 
Mrs. A. T. Lee 41.00 
W. L. Lorsung and M. A. Noah 36.50 
Building No. 9517 (Former owner Nancy Jane Johnson) 
Atwell T. Andrews ~ 40.00 
Kenneth Dodd 15.00 


Building No. 9559 (Former owner R, L. Cavanaugh) 


Harold Potts $101.00 
Kenneth Dodd 55.00 
Wm. E. Rencehausen 20,50 
W, L. Lorsung & M. A. Noah 18.00 
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6. That the Secretary of the Commission be and he hereby 
is instructed to deliver by mail to Philip H. Pitman, First Lieuten- 
ant, Corps of Engineers, c/o Office of the Division Engineer, Fed- 
eral Building, Burns, Oregon, a certified copy of this resolution, 
and request from him an acknowledgment of its receipt and acceptance. 


The Secretary was instructed to forward a copy of this resolution 
to Lieut. Pitman and to ask him to acknowledge the same and to state whether 
or not it is acceptable. He was further instructed to point out to Lieut. 
Pitman that, whereas the period of closing specified in the resolution ex- 
pires on October 1, 1942, the Commission would be pleased to extend the privi- 
lege from March 15 to October 1, 1943, and between such dates in subsequent 
years, upon request of the army authorities. 


Judge Higgs also inquired whether or not the Commission has taken 
any action with respect to the county's request for tle improvement of the 
road leading to the airport east of Burns. He was informed that there are 
no state funds available for such project and the Commission cannot under- 
take the improvement unless it is financed with federal access funds of 
which there are none available at the present time. Furthermore, the federal 
authorities have not, to the knowledge of the Commission, approved the proj- 
ect for such class of funds. 


Judge Higgs also asked the Commission to oil the footpath that was 
constructed last year along the Central Oregon Highway, between Burns and 
Hines Mill, for the benefit of bic'yclists as well as pedestrians. He advised 
that oiling work is quite important from the safety standpoint because the 
path, in its present condition, is not suitable for bicyclists who are obliged, 
under the circumstances, to ride on the pavement, He gave as his understand- 
ing that the oiling work was included in the original project but was not done 
last year on account of the lateness of the season and for the further reason 
that the amount budgeted for the project was insufficient to pay for this 
item, The Engineer pointed out the difficulties the Commission is experienc- 
ing with oiling work and suggested that it might be satisfactory if a coating 
of fine rock were placed on the present surfacing which would at least take 
care of the situation for the duration. Judge Higgs advised that that might 
be a satisfactory solution, whereupon he was asked to consult District Main- 
tenance Superintendent J. D. Walker in regard thereto. The Engineer was in- 
structed to advise Mr. Walker of the circumstances for his guidance, and to 
Proceed with the work if it can be accomplished at nominal expense. 


The Commission discussed the cancellation of several contracts that 
are affected by the War Production Board's recent ruling, being Conservation 
Order I-41, issued by the D.vision of Industry Operations, deferring for the 
duration of the emergency all construction which is not essential, directly 
or indirectly, to the successful prosecution of the war. The Engineer advised 
that there are five contracts affected by this ruling, viz., Contract No.2528, 
with Rogers Construction Company, for grading, surfacing and oiling the Diver- 
sion Canal-Midland Overcrossing Section of the Midland Secondary Highway, in 
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WHEREAS, a section of the Rome-Princeton Secondary Highway, 
whiéh is Secondary Highway No. 442, is within or passes through the 
said gunnery range, and the War Department for the protection and 
safety of members of the general public has requested that said sec- 
tion of said secondary highway be closed to public traffic; and 


WHEREAS, it appears that the use of said range by the War 
Department for the purposes for which the same thas been established 
will create a hazard to members of the public traveling said highway, 
and therefore it appears to the Highway Commission to be in the best 
interests of the general public to close gaid section of said highway 
during the period specified in this resolution; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the Ore+ 
gon State Highway Commission as follows: 


1. The Commission does hereby declare its purpose to co- 
operate with the United States Government in every plan for and in 
every effort made toward National Defense in so far as the Commission 
may do consistent with the best interests of the State and the Com- 
mission's fixed authority. 


2. That the section of the Rome-Princeton Secondary High- 
way, which is Secondary Highway No. 442 and which section begins at 
mile point 29.50, which is near Follyfarm in Malheur County, and ter- 
minates at the junction of the Rome~Princeton Secondary Highway with 
the I. 0. N. Secondary Highway, which is Secondary Highway No. 456, at 
a point designated as mile point 62.40 near Rome in said County shall 
be and said section of said highway hereby is closed to traffic from 
the date of this resolution to the first day of October, 1942. 


3. That the War Department representatives in charge of 
said gunnery range are hereby authorized and required to erect and 
maintain proper and appropriate barricades at the termini of said 
section of said road and such signs as may be necessary to adequate- 
ly and effectively warn and inform the traveling pubjic. 


4. That other than the adoption of this resolution the 
Highway Commission shal] be under no obligation to barricade the 
said section of said highway at either of the points of entrance to 
said range, and the delivery of a certified copy of this resolution 
to Philip H. Pitman, First Lieutenant, Corps of Engineer, shall con- 
stitute the Commission's full responsibility with respect to the 
closing of said road as between this Commission and the United States 
War Department, 


5. It is urgently recommended that entrance to said gun- 
nery range over any other road, county or otherwise, be adequately 
barricaded against traffic during the period beginning May 1, 1942, 
and ending October 1, 1942. 
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In this connection the Engineer reported receipt of a petition from 
property owmers on East Main Street (Monmouth-Independence Highway), Monmouth, 
: requesting the widening and improvement of East Nain Street between Broad mes 
) Street and the-east city limits, and that such work be included in the major ’ 
highway construction south of Monmouth. Mr. W. H. Lynch, District Engineer, 
Public Roads Administration, who was present, advised that this project could > 
not be included in the contract for the Monmouth-Corvallis improvement. The 
Commission thereupon denied the request; however, agreed to give the matter 
further consideration at a later date. 


A delegation from Monmouth appeared before the Commission at this 
time relative to the proposed Monmouth-Corvallis improvement of the Pacific t 
Highway West. Dr. F. R. Bowersox, Mayor, headed the group which included i 
Messrs. F. E. Chambers, Howard Moreland, George Cooper, and Guy Demming. The : 
Engineer explained the alternate routes under consideration for this improve- : 
ment. Mayor Bowersox explained that it would be to the city’s best interests ue 
if the Commission would adopt the route which intersects the present highway 
a short distance south of the city limits and connects with the present high- 
way on Monmouth Avenue. He explained that such routing would be a convenience 
to people residing in the Monmouth trade area south of their town. He pointed 
out that the town's business houses are centered around the intersection of 
Main Sireet and the present highway and that all of the businessmen are in 
favor of the adoption of the route that he has suggested, He presented a 
resolution adopted by the Monmouth “ity Council in support of his oral argu- 
ments, He alse presented a statement signed by numerous businessmen of lon- 
mouth endorsing the resolution. After considerable discussion Chairman Cabell 
thanked the delegation for its appearance and stated that the Commission is 
not ready as yet to make a definite decision but expects to do so in the near 
future. (See ahead for resolution adopting permanent route.) 


County Judge George A. Potter, Sherman County, came before the Con- 
mission in regard to the improvement of the present intersection of the Fulton 
Canyon Secondary State Highway with the Columbia River Highway near Miller 
Station. He advised that a new grain elevator has been constructed next to 
the Columbia River Highway at Biggs and wheat farmers, who patronize this 
elevator, are obliged to use the Fulton Canyon Road which has a very bad con- 
nection with thea Columbia River Highway. He suggested the construction of a 
new connection, using the old railroad grade which intersects the highway 
about a quarter of a mile east of the present connection, which would not only 
provide a better entrance to the highway but would also reduce haul mileage 
and conserve truck tires and gasoline. Chairman Cabell advised that the Com- 
mission has already discussed this matter and decided, inasmuch as the esti- 
mated cost to construct a permanent connection is more than tne Commission 
can spend for construction on any one project under the new rule of the War 
Production Board, that it would be best to improve the present connection 
which could be done at considerably less expense and would serve the purpose 
until the Commission can see its way clear to build the permanent connection. 
He added that if such solution will satisfy the county court, the Commission 
will authorize the Engineer to proceed with the work. Commissioner Clough 
coneurred. Judge Potter expressed satisfaction of such an arrangement; how- 
ever, requested a letter setting forth the reasons for the same, The 
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Klamath County; No. 2552, with A. H. Saxton & Son, for grading, surfacing and 
oiling the Campbell Bridge-Hazeldale Section of the Farmington Secondary High- 
way, in Washington County; No. 2553, with Norris Brothers, for grading and top- 
ping the Porcupine Butte-Chichester Gulch Section of the Shaniko-Fossil Second- 
ary Highway, in Wheeler County; No. 2555, with Rogers Construction Company, for 
grading, surfacing and oiling the South Unit, Enterprise-Forest Boundary Section 
of the Enterprise-Lewiston Highway, in Wallowa County; and No. 2556, with M. L. 
O'Neil & Son, for regrading, surfacing and oiling the Soda Mountain-Silvies Sec- 
tion of the John Day-Burns Highway, in Grant County. 


The Commission decided that it has no alternative but to cancel these 
contracts and to reimburse the contractors for expense that they have already 
incurred in connection therewith, other than for materials, which the Commis- 
sion thought the contractors could dispose of without loss, such termination of 
contracts to be covered by appropriate written agreements between the Commis- 
sion and the contractors. The final decision in the matter, however, was de- 
ferred until the afternoon session. The Engineer was instructed in the mean- 
time to contact Commissioner Oliver at his home and secure his reaction to the 
same inasmuch as it will affect several projects in his district. (See ahead 
for final decision.) 


The Commission discussed a request from the County Court of Sherman 
County for the improvement of the Fulton Canyon Secondary State Highway where 
it connects with the Columbia River Highway near Miller Station. The Engineer 
advised that the present connection is not on permanent alignment and that to 
provide a permanent connection would cost about $6,000. To construct a tem- 
porary new approach east of the present connection, utilizing the old railroad 
grade, he said, would cost about $4,000; whereas, it would cost only about 
3400 to improve the present connection so ag to eliminate the conditions that 
are causing complaint. If times were normal, he said, he would recommend con- 
struction on permanent basis; however, on account of the present war emergency 
he believed the expenditure should be kept at a minimum and, accordingly, rec- 
ommend@d the improvement of the present connection. The Commission approved 
the recommendation; however, authorized an expenditure of $2,000 as coopera- 
tion with the county in constructing the temporary connection, using the old 
railroad grade,if the county insists and will contribute county funds to make 
up the difference. (See final decision when County Judge George A. Potter 
appeared later in this session.) 


The Engineer reported the result of a survey conducted for the in- 


provement of the Pacific Highway West, U. S. Highway 99W, between Corvailis 


and Monmouth. (See report dated April 29, 1942, in general files.) This re- 
port covers surveys on several alternate routes preliminary to the prepara- 
tion of plans for an access road to the military cantonment, known as Camp 
Adair, north of Corvallis and describes each alternate route from various 
standpoints, including cost of construction, benefits to traffic, et cetera. 
The Engineer recommended the adoption of the so-called "green" route which is 
the most direct route from a point near the Polk-Benton County line to Mon- 
mouth and connects with the Monmouth-Independence Highway near the intersection 
of East and Main Streets. The matter was discussed at some length but a defi- 
nite decision thereon was deferred until the evening session. 


"Reconstruct Blodgett Overcrossing on the Corvallis—Newport 
Highway, in Benton County. Four bids were received for this proj- 
ect, the low one being that of J. F. Johnston, Newberg, at $13,010.00, 
and the second-low bid being that of Averill & Corbin, Portland, at 
$14,044.00. The Commission awards the contract to J. F. Johnston at 
his low bid of $13,010.00. 


"Construct North Dillard Bridge over the South Umpqua River on 
the Pacific Highway, in Douglas County. C. J. Eldon, Portland, sub- 
mitted the only bid for this project, in the amount of $190,235.00. 
The Commission has rejected this bid. 


"Buchanan Rock Production Project on the Central Oregon Highway, 
in Harney County. No bids were received on this project. 


"Lebanon-Sweet Home Rock Production Project on the Santiam High- 
way, in Linn County. A. H. Saxton & Son, Corvallis, submitted the 
only bid for this project in the amount of $32,100.00. The Commis- 
sion awards this contract to A. H, Saxton & Son at their bid of 
$32,100.00. 


Building at Eugene 


"Buildihg No. 8787, formerly owned by Albert Larsen. Kenneth 
Dodd, Eugene, submitted the only bid received for this building, 
in the amount of $25.00. Action on the sale of this building has 
been deferred until May 7, 1942. 


Buildings at North Bend 


"Building No. 9532, formerly owned by Clara Bustrin. Five 
bids were received for this building, the high one being that of 
Harold Potts, Eastside, at $101.00, and the second-high bid being 
that of Kenneth Dodd, Eugene, at $63.00. The Commission deferred 
action on the sale of this building until May 7, 1942. 


"Building No, 9517, formerly owned by Nancy Jane Johnson. 
Atwell T. Andrews, North Bend, submitted the high bid for this 
building, in the amount of $40.00. The only other bid received 
was submitted by Kenneth Dodd, Eugene, at $15.00. The Commis- 
sion deferred action on the sale of this building until May 7, 
1942. 


"Building No. 9559, formerly owned by R. L. Cavanaugh. Four 
bids were received for this building, the high one being that of 
Harold Potts, Eastside, at 9101.00, and the second-high being that 
of Kenneth Dodd, Eugene, at 355.00. The Commission has deferred 
action on the sale of this building until May 7, 1922. 


"Building No. 9491, formerly owned by Coos Bay Longshoremen 
Benefit Association. Kenneth Dodd, Eugene, submitted the only bid 
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Commission thereupon instructed the Engineer to proceed with the improvement of 
the present connection and to write the letter requested by Judge Potter. 


The Assistant Attorney requested instructions relative to the dispos- 
al of buildings situate on the right of way acquired for the Oregon Coast High- 
way between Marshfield and North Bend. He said that there is a dearth of resi- 
dence buildings in Marshfield and that the buildings owned by the state could 
be used to very good advantage for such purposes. He recommended in view of 
the fact that the contemplated highway improvement may not go forward for some 
time, that the buildings be rented until such time as the right of way is need- 
ed for construction and that the handling of the rentals be placed in the hands 
of a local realtor. The Commission indicated approval of the suggestion; how- 
ever, deferred a definite decision until its next meeting which was tentative- 
ly set for Thursday, May 7, in Portland. 


The Commission adjourned at 12:15 p. m. and reconvened at 2:00 p. m. 
in the same room with the same persons present and participating. 


Mr. T. 5. Watters, Chairman of the Roads and Highways Committee of 
the Klamath Gounty Chamber of Commerce, was present in regard to the further 
improvement of The Dalles-California Highway north of Klamath Falls. Chairman 
Cabell explained the status of the Commission's funds and the difficulties 
that the Commission is facing with respect to highway improvements, particular- 
ly as to the securing of governmental approval of projects and necessary prior- 
ities for equipment, materials and supplies, all of which lead the Commission 
to believe that The Dalles-California Highway project cannot go forward as 
originally planned. He pointed out that thé Commission is now endeavoring to 
secure approval of several projects, including a new bridge over the Coast 
Fork of the Willamette River on the Willamette Highway a short distance east 
of Goshen, which is a very badly-needed structure fron a military standpoint, 
it being the only bottleneck on the Willamette Highway, and advised that if 
the Commission receives any encouragement in connection with this project, it 
will then give further considération to additional improvements on The Dalles- 
California Highway north of Algoma, although there is a question whether or 
not the Commission's efforts in that regard will produce the desired results. 
Mr. Watters expressed his approval of the explanation, in view of the circum- 
stances, and requested that he be kept advised as to the status of the Algoma 
project. The Engineer was instructed to keep Mr. Watters informed, 


At 2:30 p. m. Chairman Cabell announced the following awards of con- 
tracts and sale of buildings, bids for which were received at the morning ses- 
sion, such disposition having been previously approved by the Commission: 


"Baker Rock Production Project on three state highways, in Baker 
County. D. C. and A. L. Williams, La Grande, submitted the only bid 
for this project, in the amount of $15,550.00. The Commission awards 
the contract to D. C. and A. L. Williams at their bid of $15,550.00. 


"Lewisburg-Corvallis Section of the Pacific highway West, in Ben- 
ton County. 5.56 miles grading and paving. No bids were received for 
this project. 
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The same understanding was reached with Mr. Rogers of the Rogers 
Construction Company with respect to two contracts that are in the sane 
category, being cortract No. 2528, for grading, surfacing and oiling the 
Diversion Canal-Midland Overcrossing Section of the Midland Secondary Highway, 
in Klamath County; and Contract Mo. 2555, for grading, surfacing and oiling 
the South Unit, Enterprise-Forest Boundary Section of the Enterprise-Lewiston 
Highway, in Wallowa County. The Commission ordered that these arrangements 
also be covered by appropriate written agreement. 


The Engineer was also instructed to discuss the matter with lorris 
Brothers, contractors for grading and topping the Porcupine Butte- hichester 
Gulch Section of the Shanike-fossil Secondary Highway, in Wheeler County, Con- 
tract No. 2553, and, if they approve cancellation of the contract, to have 
the matter covered by appropriate written agreement on the same basis. 


A delegation from Milwaukie, consisting of Mesdames Mamie Harlow, 
George H. Cooper, E. Kleinhaus, and C. B. Bussey, representing the Parent- 
Teachers Association, came before the Commission and requested the installa- 
tion of a traffic signal over the Pacific Highway East at its intersection 
with the Island Station Road, just south of Milwaukie. lirs. Harlow headed 
the group. She advised that many children who reside in the Island Station 
district attend the schools in Milwaukie and are obliged to cross the highway 
at least twice daily, and while the schoolboy patrol is maintained at this 
intersection for the benefit of such children that is not sufficient and they 
are asking for the installation of a traffic signal that is operated by a 
push button so as to require traffic on the highway to come to a stop when 
children or other pedestrians are crossing the highway. This situation, she 
said, is particularly hazardous at the present time in view of daylight sav- 
ing. Chairman Cabell explained the difficulties in securing traffic lights 
during the present emergency, also the policy of the Commission with respect 
to such installations. The Engineer suggested perhaps the matter could be 
solved by hanging a footbridge on the railroad trestle which is situate near- 
by and tha use of the same by school children. The suggestion was approved 
by the delegation, whereupon the Commission instructed the Engineer to take 
the matter up with the railroad company officials. The Secretary was instruct- 
ed to inform Mrs. Harlow when the Commission has reached a final decision, 


Messrs. E. K. Knutson and Phil Berthiaume, representing the Cali- 
fornia Western States Life Insurance Company, appeared before the Commission 
in regard to furnishing group life insurance for state highway department em- 
ployees. Mr. Knutson advised that they have already signed up some 462 em- 
ployees who are paid on an hourly-basis, such signatures being acquired by 
their agent during the progress of the canvass of employees who are now re- 
ceiving benefits under the group accident and health insurance contract, which 
canvass they make at regular intervals as a matter of service and to bolster 
up the company's account. He said they had no idea that the Highway Commi s- 
sion would object to the soliciting of its employees for life insurance at 
the same time. He asked the Commission to approve the solicitation and to 
authorize deductions of the life insurance premiums from its monthly pay 
rolls. 


received for this building, in the amount of $21.00, The Commission 
has deferred action on the sale of this building until May 7, 1942, 


"Building No. 9501, formerly owned by Ira L. and Grace E. Good- 
lin. Three bids were received for this building, the high one being 
that of Kenneth Dodd, Eugene, at 9178.00, and the second-high being 
that of Harold Potts, Eastside, at $176.00. The Commission has de- 
ferred action on the sale of this building until May 7, 1942. 


iP "Building No. 9498, formerky owned by Cora Swanson Coyle. Har- 
BE old Potts, Eastside, submitted the high bid for this building, in the 
2 amount of w65.00. Kenneth Dodd, Eugene, submitted the second-high 
oF bid in the amount of $56.00, There were three lower bidders. The 

: : Commission has deferred action on the sale of this building until 

: May 7, 1942. 


“Building No. 9499, formerly owned by John Sandine. Kenneth 
- Dodd, Eugene, submitted the only bid for this building in the amount 
“By of $15.00. The Commission has deferred action on the sale of this 
building until May 7, 1942. 


"Building No. 9560, formerly owned by John H. Tewsley. Kenneth 
Dodd, Eugene, submitted the only bid for this building, in the amount 
3 of 315.00. The Commission has deferred action on the sale of this 

: building until May 7, 1942." 


Mr. M. L. O'Neil, contractor for regrading, surfacing and oiling the 

Soda Mountain-Silvies Section of the John Day-Burns Highway, in Grant County, 
P Contract No. 2556, appeared before the Commission in regard to the cancella- 
tion of his contract as is contemplated under the War Production Board's Order 

L-4l1. The Engineer explained the situation and advised that, if Mr. O'Neil 
wants to take a chance in securing priorities so he cah proceed with the job, 
that would be satisfactory with the Commission; however, the Commission pre- 
fers cancellation of the project outright, and will reimburse Mr. 0'Neil for 
expense already incurred including materials and supplies, if Mr. O'Neil is 
unable to dispose of them. Mr. O'Neil expressed his approval of such arrange- 
ment whereupon the Commission authorized the cancellation of the contract, 
which matter is to be covered by appropriate agreement among the parties con- 
cerned, . 


Mr. A. H. Saxton of the firm of Saxton and Son, contractors for 
grading, surfacing and ‘oiling the Campbell Pridge-Hazeldale Section of the 
Farmington Secondary Highway, in Washington County, Contract No, 2552, was 
present in regard to cancellation of this contract in view of the recent 
ruling of the War Productiom Board, Order I-41. The Engineer explained the 
War Production Board's ruling and advised that the Commission prefers to can- 
cel the contract, if that is agreeable to Mr. Saxton, with the understanding 
that Mr. Saxton would be reimbursed for expense that he has incurred in con- 
nection therewith to date. br. Saxton agreed to the cancellation of the con- 
trict under such condition, The Commission thereupon ordered that the natter 
be covered by appropriate written agreement. 
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Commission be, and he hereby is instructed to complete the acquisi+ :1 
tion of the said properties and to take title thereto in the name of 
the State of Oregon. The said properties hereby ordered and author- 
ized to be acquired are as follows: 


Section, Hwy., amd Owner Purpose Acres Approximate Amounts Agent - 
Honey Ranch-Three Rivers Section, Three Rivers Highway : 
10158-Aufdermauer, Ernestine Quarry .70 $50 per a. + 9165 McChesney j 
Gardner Ranch-Berger Ranch Section, Wolf Creek Highwa 

6502-Voges, Carl R/W 10.06 Land $3,000 Lump Collins 


Rd 
Sum + $7.50, + mov. { 
) bldg. (Estd. $750) i 
Vadis-Gardner Ranch Section, Wolf Creek Highw ; 
9410-Jacobs, John C. R/W 0.10 $200 per a. + $11.25 Collins 
6558-Gardner, Fred D. " 11.4 $250 per a. + $1400 " 
Fishhawk Falls-Ranger Station Section, Wolf Creek-liehalem Highway 
9963-Crown Zellerbach Co. Rock 
Quarry 20.0 $5 per acre McChesney 
Deadman Creek-Brooks Section, Wilson River Highway 
10282-Rosenberg, J. H. Rock 
et al Quarry 1.0 $100 per acre McChesney 
Ritner Creek-Benton County Line Section, Kings Valley Highway 
10185=-Siddall, Emma H. Stock 2.95 #7 per acre Parker 
Pile me 
Siletz Bay-Newport Section, Oregon Coast Highway 
4372-A-Echols, Charlott M. Quarry 17.34 $317.19 per acre Landon 
Site 14.00) GRATIS 
31.34) 
10176-Krause, L. I., Trustee Stock Pile(1.76 #300 per acre " 
Haul Road (1.59 $83.02 per acre 
3.35 ce 
10177-Lincoln County Quarry Site 18,0 GRATIS ° 
& Haul Road 
Russell Point-North Section, Oregon Coast Highwa 
10039-Loritan Investment Co. 7 0.67 $1.00, for land, lecChesney 
. * taxes 


North Bend-Marshfield Section, Oregon Coast Highwa 
9495-Kotovsky, Jessie R/W 12,000 sq.ft. 10f sq. ft. + Benson 
$400 


Sylvan-West Slope Section, Tualatin Valley Highway 
9702-Farrell, Robert Danley Slope 2,911 sq.ft. Land Gratis, + 


(Correction) Easement $20 Witt 


Chairman Cabell advised that the Commission has no criticism to 
offer with respect to the accident and health insurance that is now being 
written by the California Western States Life Insurance Company covering cer- 
tain highway department employees, but the furnishing of group life insurance 
is a new matter which the Commission wants to investigate thoroughly before 
making a decision. ‘The Commission wants to make definitely certain, he said, 
that it is doing the right thing by the employees in authorizing the writing 
of group life insurance and, if its decision in that regard is favorable, 
then the Commission wishes to know definitely whether or not other insurance 
companies have any better proposition to offer. Inquiries have already been 
directed to other companies, he added, and when answers are received the Com- 
mission's decision will be based on a scrutiny of the same. In the event the 
Commission receives no better proposition than its offer from the California 
Western States Life Insurance Company, then it will accept the pian of this 
company if, in the meantime, it is decided to approve the deductions from the 
department's pay rolls. Commissioner Clough concurred. Chairman Cabell then 
stated that he would give this matter his personal attention and expedite the 
Commission's decision as much as possible. 


The Commission approved the minutes of the meetings held on August 
14 and 15, September 4 and 5, October 16 and 17, November 6, and November 17 
and 18, 1941. (All of the above minutes were later approved and signed by 
Commissioner Oliver, signifying unanimous approval.) 


The Attorney requested authority to acquire certain parcels of real 
property that are needed for various highway improvements throughout the state. 
He submitted a ligt of such properties, together with offers that he recomnend- 
ed be made in connection with each. After careful consideration of each item 
the Commission approved the request and by unanimous vote adopted the following 
resolution in regard thereto: 


WHEREAS, in Connection with the further improvement of the high- 
ways hereinafter designated, it is and has been necessary to acquire prop- 
erty for right of way, quarry sites, gravel or other material sites, or 
sites for the storage of materials, as hereinafter more definitely set 
forth, and 


WHEREAS, as a result of negotiations carried on with the own- 
ers of the property required, options have been obtained, which options 
have been considered by the Commission, outlining the bases of settle- 
ment which have been agreed upon, and 


WHEREAS, it is the judgment of the Commission that the said 
options should be approved and accepted, and/or the said reports be 
declared a¢ceptable to the State Highway Commission as bases of settle- 
ment for the properties involved, and that the acquisition of the prop- 
erties should be completed? 


NOW, THEREFORE, BE IT RESOLVED that the several offers, or 
bases of settlement hereinafter enumerated be, and the same hereby are, 
approved and accepted, and that the Attorney for the State Highway 


Section, Hwy., and Owner 


8 rvallis Section 
10 Buchanan, & 
John: Beach 

10214-Smith, Clarence M. 
10213-Appling, J. B. 
10187-Fisher, Edith M. 
10188-Schmidt, Hugo S. M. 
10224-Cate, H. Woodrow 
10233-Weston, Florence M. 
10229-Brien, Parmelia 


10207-Carrato, Joe 
10308-Robinson, R. 0. 


10220-Law, Ted 
10235-Stimson, Walter C. 


10226-Conder, May Z. E. Duan 
10228-McKnight, Mattie 


10231-Rondeau, Carlton S. 
10238-Schmidt, Walter 
10240-Sims, Kenneth P. 
10288-Thompson, T. K. 
10227-Martin, Luther B. 
10244-Bosworth, R. L. 
10242-Neighbors, James 
10289-Laschinger, Mary 
10291-Pyle, Keith B. 
10249-Kenagy, Addie Taylor 
10290-Hansell, W. H. 
10225-Porter, Harry B. 
10203-Harper, Eliza Ann, 
Estate 
10298-Churchill, Scott 
10297-Johnson, Carl A. 
10296-Russell, Jos. L. 
10243-White, H. H. 
10245-Blakely, Edwin T. 
10260-Swain, Emily W. 
10248-Kessey, D. N. 
10247-Richards, Frank B. 
10239-Stuart, Emma D. 
10241-Crockett, Geo. C. 
10303-Wylie, Adeline M. 
10302-Wylie, Robert 


10301-Wylie, Robert 


Purpose 


saaaez2a23323222 


Acres Approximate Amounts Agent 
c Hi West (Cont. 

3,920 sq.ft. sq. ft. + $18 Benson 
sgl" if sq. ft. + $141.29 " 
87. " If sq. ft. + $7.50 " 

0.19 a. $100 per a. + $22 " 
0.05 a. $300 per a. + $5 Parker 
0.04 a. $435 per a. + $43 ’ 

1,000 sq. ft.5¢ sq. ft. + $38.50 n 

0.05 $1306.80 per a. + " 
$42.25 
0.03 $300 per a. + $41 " 
7.20 $100 per a. + $287.50, " 
fencing pit 
0.05 $300 per a. + $5 " 
6,098 sq.ft. 5f sq. ft. + $27.50, n 
plus fencing 
0.11 435 pera. + fencing " 
7,841 sq.ft. 19¢ sq. ft. + $29 for " 
fencing 
0.03 3¢ sq. ft., + #0 " 
871 sq. ft.5f sq. ft. + $6.50 Benson 
700 un 65¢ sq. ft. + 32 " 

1,307 sq.ft. 12 sq.ft. + 37 " 

2,614 " lof sq. ft. + 9160.9 " 

3,100 " 5¢ sq.ft. + $2345 “ 

liwée * 5¢ sq.ft. + $447.50 " 

1,480" 14¢ sq.ft. + 3177.80 

1,690 " lef sq.ft. + $74.65 " 

1,000 " 5€ sq.ft. + $51 " 
960 * 13¢ sq.ft. + $80.60 " 

2,614 " lb sq.ft. + 385.9 " 

n 


0.23 $100 per a. + $1.50 


0.53 $100 per a. + $114 Parker 

0.329 $100 per a. " 

2.08 $100 per a. + $141.25 " 
810 sa.ft. 5f sq.ft. + $159.50 " 


1,000 " 5¢ sq.ft. + $20 n 
750 =" 5¢ sq.ft. + $165.80 
soo. CO" 5¢ sq.ft. + $40 " 
70 =6©* 5¢ sq.ft. + $118" " 
1,743 * 5é sq.ft. + $34.25 " 
g4o " 5¢ sq.ft. + $42.30 " 
0,03 $150 per acre Benson 
0.04 $150 per acre + $77.50 " 
+ mov. bldgs. (Estd. 
$1250) 


0.50 $150 per a.+ $122.50 " 


Section, Hwy., and Owner 


Acres 


Purpose 


Approximate Amounts Agent 


Front Avenue Project, Columbia Street South (Portland), Pacific Hi West 
10305-Boody, Nathan A. R/W 2,374 sq.ft. $325 McCallister 


10304-Young, Genevieve But- 


terfield 8 6,554" 
10314-Heuschkel, Ferdinand " 3,675 
8225-Mozes, Samuel * 5,325 * 
8861-Shank, Lip, Edw. A., n 4,935) " 

and Roland 3,603) 


Pudding River Section, Pacific Highwa 
10076—Rooklidge, Helen A. R/W 0.55 


$750 n 
¥3,350 " 
$3,500 " 
40¢ sq. ft. " 


permanent slope easement 
at 20¢ sq.ft. + $3550 
Total $6,000. 


$200 per a. + 3890 Gardiner 


Polk County Approach-Willamette Bridge Section, Salem-Dallas Highw 
8749-Wallace, Paul B. RW 0.54 3500 per acre Gardiner 


Tllahe School-Alb Section, Pacific Highwa 
3772A-Lynch, Henry, and Anna &/W 2.07 


Tarr 
3770A-Feller, Louise " 2.02 
9476A-Marion County " 0.64 
9478A-Eoff, Asa I. " 0.98 


Marion County Section, North Santiam Highw. 
2744-Marion County R/W 0.6 


7 
Scio- ns Section, Al ns Hi. 
9986-Endres, Frank, Estate Rock 2.05 
Quarry 


Lewisburg-Corvallis Section, Pacific Highway West 
10208-Wilson, E. E. R/W 0.23 $300 per a. + 320.25 Benson 


405 9q.ft. ig sq. ft. + 334.50 " 


10218-Johnston, J. E. " Pp 
10215-Graham, J. R. and EL EW ® 1,7 

Wilson 
10219-Whiteman, C. E. # 2,168 * 
10236-Wamberg, L. A. ® 1, 30 i as 
10237-Pratt, Ruth L. " 650 " 
10193-Thornton, A. W. " 0,22 a. 
10234-Iiams, A. H. " 3,049 sq.ft. 
10230-Thomas, Andrew W. . 3464 * 


$100 per acre Witt 


$100 per acre, + {18 " 
less sum of #26 overpay- 
ment in 1936, due to 
error in title report 
and county records 


GRATIS " 
2150 per acre " 
GRATIS Schannep 
¥200 LUMP SUM McChesney 


i¢ sq. ft. + 9182.58 " 
ig sq. ft. + 38.32 " 
5¢ sq.ft. + 384, + 
moving bldgs. (Estd. 


91500) 

5é sq. ft. n 
3100 per a. + $67 " 
4f sq. ft.+ $22 ” 
léf sq. ft. " 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts 


le Point-Medford Section, Crater Lake 
10083A-Begley, Spencer D. Access 481 sq.ft, GRATIS 
Raway.Basm't. 
10067-Denney, A. W. R/@ Assignment & cancella- " 
tion of lease on C. M. 
Parker property - $3000 


Wolf Creek-Grave ats Section, Pacific Highway 
10131-Waller, T. B. and Gravel ® $75 per acre Landon 


Frank E. Price $25 per acre 


10126-Caraway, Edna Mildred R/W $10 per acre 
910 per acre 
$3.26 per acre 


10130-Price, Genevieve 25 per acre, + J44 
10128-Porter, Geo. W. and 
W. A. Moser $10 per acre 
$47.48 per acre + 
fencing 
10125-Wilson, M. A. . $1O per acre 
10127-Shugart, Lloyd E. and ° lO per a. + 7.50 
Ermond H. Parks 


9617-Zambonin, Agostino 
9626A-Klamath Falls, City of " 5000 * 
9612A-Klamath Falls, Cicy of " 6000" 8¢ + per sq. ft. 


Agate-Medford Section, Crater Lake Highway 

10028-Eller, Joseph I. Easement Permanent road ease- Witt 
ment $100 

Crooked River Section ulina Highwa 

j0320-Klaus, M. A. Talus Pit 7.85 $40 per acre 

Redmond Section, McKenzie Hi 


10100-Deschutes County Maintenance 
Site 8870 sq.ft. “a¢ sq. ft. 


Zinter Ranch-Morrow County Section Wasco-Heppner Yighwa 
g934-Ayers, Ada M. and D. J. R/W 6.59 $25 per a. + 3679 
Conway 
Lick Creek-Salt Creek Section Little Butte Highway 
9647-Nygren, Frank, et al Gravel Pit 7.943 $110.16 per a.+ 
fencing 
9648-Charley, Reed " " 16.78 $120 per acre 
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Section, Hwy., and Ower Purpose Acres Approximate Amounts Agent 


Lewisburg-Corvallis Section c Highwa t nt 
10300-Flint, Agnes at 0.19 fe per acre, + $80 Benson 


10299-Armstrong, George " 385 sq.ft. Land Gratis + fencing " 
e) 
0246-Clark, J. G. " 750 " 5¢ sq.ft. + $141.25 " 


Corvallis-Junction City Section, Pacific Highway West 


8128A-Strome, Lizzie Stock 3.08 5 year lease at $10 Gardiner 
Pile per year 


Halsey-Harrisburg Section, Pacific 
9704-Smith, Roy H. "RAW 1,330 sq.ft. 3¢ sq.ft. + $83.75 Gardiner 
" 


10267-Oregon-Washington Joint " 3.72 $100 per acre, + 
Stock Land Bank 9353.80, if crop is 
harvested before con- 
struction is started, 
$48.80 to be deducted 


10271-Sprick, John D. and 
S. W. McPherson 0.75 $175 per a. + $65 + mov- " 
ing bldgs. (Estd.3500) 
10264-Thos. Alford Cemetery 6 lots $30 each, + $142.50 n 
Association 


Eugene-Junction City Section, Pacific Highwa 
9328-Denison, F. A. R/W 6,000 sq.ft. 34¢ sq. ft. Gardiner 


Eugene-S eld Junction Section, Pacific Highwa 
9329-Mercer, Cliffo 9000 sq.ft. 33¢ sq.ft. Gardiner 


Eugene-Goshen Section, Pacific Hi 
9326-Young, Juanita T. EE os sqift. 33¢ sq.ft. + $237.25 Gardiner 


9325-Montgomery, Fred C. " 3,150 " 3 " + $102.38 " 
9324-Hoppe, Max . "2160 °* sys + 3442.60 " 
10326-Meats, Alice " 7.08 $141.10 per acre " 


Goshen-Pleasant Hill Section, Willamette Highwa 
8996-Cary, Polly Dodge R/W (1840 sq.ft.) 


(Correction) 0.042 $125 per a. + $10 


Wright Ranch-Milo Section, Tiller-Trail Highw . 
9914-Bigham, Fred W. R/W 1.276 #35 per a. + $130 Gardiner 


Medford Section, Pacific Highway 


10171l-Hockenyos, Maud M. Drain Easement for laying Witt 
Easement drainage tile across 
owner's property 
$37.50 


expressly and specifically set forth, which said real properties 
and the specific purposes for which the same are being acquired 
are described as follows, to wit: 


Real property owned by Edward F. Judkins, which prop- 
erty is located in the Zara Sweet D.L.C.No.68, situated in 
Section 33, Township 17 South, Range 3 West, and in Sec- 
tions 3 and 4, Township 18 South, Range 3 West, and in the 
Daniel McVey D.L.C.No.63 in Section 3, Township 18 South, 
Range 3 West, W. M., Lane County, Oregon, and is more par- 
ticularly described on the attached sheets and designated 
as Parcels Nos. 1 and 2 and is further identified in the 
records of the Highway Commission as file R 9311, and 
which property is being acquired for right of way purposes 
in connection with the Willamette Highway;* 


Real property owned by Vernon R. Olsen, et al., which 
property is located in the Zara Sweet D.L.C.No. 68 in Sec- 
tion 33, Township 17 South, Range 3 West, W. M., Lane Coun- 
ty, Oregon, and is more particularly described on the at- 
tached sheets and designated as Parcel No. 3 and is further 
identified in the records of the Highway Commission as file 
R 9424, and which property is being acquired for right of 
way purposes in connection with the Pacific Highway.* 


2. That the Commission does hereby find and declare that 
each of the said described parcels of real property is necessary and 
acquisition of the same by the State is required for the specific 
purposes fereinabove set forth, and the said properties are being 
acquired for the express and specific purposes in this resolution 
set forth. 


3. That the State Highway Engineer be and he hereby is 
instructed and directed to make or cause to be made all surveys nec- 
essary in connection with the determination, description, and ac- 
quisition of said real properties, and said Engineer is further in- 
structed to prepare and submit to the Legal Department necessary 
and adequate descriptions of the said real properties, which said 
descriptions shall be available for the preparation of any deed 
or deeds or other instrument or instruments necessary to complete 
the acquisition of said real property or properties, whether said 
properties be acquired by purchase, donation, agreement, or by the 
exercise of the power of eminent domain. 


4. That J. M. Devers, Attorney for the State Highway 
Commission, be and he is hereby requested, authorized, and directed 
to attempt to agree with the owner or owners and/or with the tenants 
or persons in possession, if there be any, of said parcel or parcels 
of land with respect to the compensation to be paid for the taking 
of the same and the damage, if there be any, and in the event that 
no satisfactory agreement or agreements can be reached, then it is 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Prairie City Section, John Day Highwa 
10286-Riley, Hayden W. Stock 25,000 sq.ft. $0:004 per sq. ft. Van Scoy 


Pile 


The Attorney also requested authority to institute condemnation pro- 
ceedings to acquire other properties that are needed for highway improvements. 
He submitted the following list of such properties with offers that he recom- 
mended in condemnation: 


File ilo. Name Purpose Required Recommended Offer 
9311 E. F. Judkins Right of way $8,000.00 
9424 Vernon R. Olsen, et ux. ae os 3,000.00 


After due consideration the Commiss8ion approved the offers and authorized con- 
demnation in each instance. The following resolution in regard thereto was 
adopted by the Commission by unanimous vote: 


WHEREAS, the State Highway Commission is authorized to 
locate, relocate, construct, reconstruct, maintain, widen, straight- 
en, and otherwise improve state highways, both primary and secondary, 
and said Commission is also authorized to construct shops, equipment 
sheds, office buildings, maintenance sites, patrolmen accommodations, 
and snow fences, and is authorized to acquire quarry sites, gravel 
pits, storage sites, stockpile sites, weighing stations, and broad- 
casting stations, and is further authorized to develop, construct, 
improve, operate, and maintain parks, parking places, auto camps, 
camp sites, roadside development, recreational grounds or resorts, 
and other places of attraction and scenic value; and 


WHEREAS, said Highway Commission is authorized to acquire 
by purchase, agreement, donation, or by the exercise of the power 
of eminent domain real property, or any interest therein, necessary 
or deemed by the Highway Commission necessary for the accomplishment 
of any and all of the foregoing things; and 


WHEREAS, in the judgment of the Highway Commission the 
tracts or parcels of land hereinafter described are each and all 
necessary for the specific and particular purposes hereinafter speci- 
fically set forth; ’ 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission as follows: 


1. That the Commission does hereby find and declare that 
the several parcels of real property hereinafter described are each 
and all necessary for the accomplishment of the purposes hereinafter 


The Attorney reported that, 


dearth of projects to which to assign his 


be a big demand for highway work as 
the making of surveys 


of projects, as follows, 


of way: 
Sectibn 


Parkrose-Troutdale-Bonneville 

John Day River-Quinton 

Wolf Creek-Grave Creek 

Halsey-Harrisburg 

Kernville-iiewport 

Seaside-Arch Cape 

Milton-Washington State Line 

Malloy Ranch-Hooker Creek 
<dudkins Point-Goshen 

Juniper Butte-Terrebonne 

Crescent 

Madras-Prineville 

Burns North 

Taylor Creek West 


After considerable discussion the Commission authorized the Engineer to 
conduct surveys of these projects and the Attorney to conduct right-of- 
Responsibility for the selection of the 
projects in the order of their importance was delegated by the Commission 
{it being understood that the projects along the 


way negotiations for the same. 


to the Engineer personally, 


Coast would be deferred until later in the year. 
to report the estimated cost to purcha:e the right of way needed for each 


fee: 
In this connection the Attorney requested instructions relative to 
the securing of options for right of way needed for the improvement 


Oregon Coast Highway through the town of Gold Beach, 
authorized the securing of such right of way pro- 


mission, after discussion, 


vided the state by so doing would not be obligated to spend 
for construction, it 


present time for the moving of buildings or 


due to the closing down of construction 
work by reason of the War Production Board's order freezing funds, there is a 
right-of-way men and unless new as- 
signments are provided in the near future it may be necessary *o dispense with 
the services of some of these men which he is very reluctant to do, inasmuch 
as they are all well trained in the purchase of real properties and could not 
conveniently be replaced upon resumption of right-of-way buying activities. 

He inquired if it would be possible to select new projects at this time so 4s 
to keep the men busy. The Engineer pointed out that undoubtedly there will 
soon as the war is over, 
and the acquisition of right of way at this time for 
preference projects which would make it possible to retain the nucleus of the 
engineering and right-of-way organizations and to have the jobs ready for con- 
struction within the shortest possible time, when needed. 
in this category and recommended that he be author- 
ized to make surveys as may be necessary in connection with each, and that ‘te 
right-of-way department be authorized to conduct negotiations for needed ri ght 


ata in 
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and suggested 


He presented a list 


Ch a hoe mm 


+? 
al 


Highway 
Columbia River 
" " 


Pacific 
Pacific Highway East 
Oregon Coast 

" " 


Oregon-Washington 
I.0.N. 

Willamette 

The Dalles-California 
The Dalles-Cali fornia 
Warm Springs Secondary 
John Day-Burns 

Ochoco 


The Attorney was instructed 


of the 
Curry County. The Com- 
any money at the 
being the 


hereby further resolved that J. iM. Devers, Attorney for the State 
Highway Commission, be and he hereby is requested to commence and 
prosecute to a final determination such suit or action, or suits or 
actions, as may be necessary and appropriate to acquire title to the 
said premises and all rights therein for the purposes herein stated. 


5. That this resolution be entered in full in the minutes 
and records of this Commission. 


#(The detailed descriptions of the respective parcels of real prop- 
erty mentioned in this resolution are attached to the original reso- 
lution on file in the office of the State Highway Commission, Salen, 
being Resolution No. 24, under the heading "Real Property Condemna- 


#4 tion Resolutions," and said descriptions by this reference are made 
¢ a part of this minute entry to the same extent as if copied in full 
7 herein.) 


The Commission considered and denied, as a matter of policy, a re- 
quest from the Western Lane County Chamber of Commerce for authority to use 
_ certain state property situate adjacent to the Oregon Coast Highway at Flor- 
ence, over which to construct a roadway leading from the highway to a tourist 
park in this town. 


A letter was presented from Mr. Earl K. Nixon, Director of the State 
Department of Geology and Mineral Industries, inquiring as to the status of 
the agreement between the Highway Commission and the Krome ifining Corporation 
relative to a Port Orford Cedar State Park, in Curry County, in which the cor- 
poration desires to conduct mining operations. The Secretary was instructed 
to inform Mr. Nixon that this agreement has been consummated and that the cor- 
poration has paid into the state highway fund its initial payment of $2,400; 
further, that the Commission has received no information whatsoever as to 
abandonment of the mining venture by the corporation. 


The Attorney brought up for discussion a pending suit, being the 
case of Lester “ilkins versus the “ighway Commission, involving real property 
in Gilliam County. He advised that this suit iS of long standing and parti- 
cularly concerns the destruction of a well. He also advised that the land on 
which the well is located was acquired by condemnation for use as right of way 
for a highway improvement and during the course of construction of the highway 
the well was filled in, there having been no agreement or understanding with 
Mir. Wilkins with respect to his continued use of the well. He gave as his 
opinion that the state is not liable to lr. Wilkins in any way and recommended 
that the Commission stand suit notwithstanding that Mr. Wilkins is willing to 
accept $150 as payment in full for his claim. The Commission decided to let 
the courts pass judgment in the matter. 


The Commission adjourned at 4:30 p. m. and reconvened at 8:00 p. m. 
in Room 515, Imperial Room, Imperial Hotel, with the same persons present and 
participating. 
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The Attorney presented an offer from H. E. Weir to purchase lumber 
salvaged from property acquired by the Commission from Christian Ramseyer for 
right of way for the improvement of the Pacific Highway East south of Salem. 
He advised that there are about 1.33 M-FEM of lumber for which Mr. Weir has 
offered to pay $10. He also stated that, since receipt of this offer, he has 
received another in the same amount. He recommended acceptance of the offer 
of Mr. Weir, the first one received, because the lumber is of no value to the 
state and it would cost more than 910 to clean up the premises. The Commis- 
sion approved the recommendation 


In this connection the Attorney also reported receipt o1 an offer 
from Mr. A. Schweinfurth to lease this property, which contains about 70 acres, 
on a yearly basis for pasture. Mr. Schweinfurth, he said, is willing to pay 
$1.00 per head of stock that he runs on the property and will do the necessary 
spraying of the orchard on the property provided that he is allowed to have 
the fruit. He recalled that the Cormission some time ago received an offer 
from Mr. Schweinfurth to lease a portion of this property at #150 a year and 
agreed to construct a fence between the leased property and the right of way 
provided he would be allowed to remove the fence at the termination of the 
lease, which offer the Commission refused as a matter of policy. After dis- 
cussion the Commission indicated a favorable attitude thereto and instructed 
the Attorney to contact Mr. Schweinfurth and ascertain whether or not his 
first offer is still good. 


The Commission had under discussion the question of reconstr=cting 
the H. L. Claycomb property in Ashland which is necessary in omer %o accom- 
modate the proposed highway. improvement at the Plaza Corner ia this town. The 
Attorney advised that the original estimated cost to remodel the structure 
was 919,500; however, since this estimate was made, it has bee: necessary to 
revise it in view of rising prices so the work is now estimated to cost 
$23,384 although Mr. Claycomb is ready and willing to settle on the basis of 
the orginal estimate. He suggested, in view of the fact that the highway work 
cannot proceed as planned because of inability to secure governmental approval 
of the same, that it would be best to defer such remodeling work and to let 
Mr. Claycomb continue to operate his business in the present building until 
the property is actually needed by the state. The Engineer concurred in the 
recommendation. After discussion the Commission approved the recommendation. 


The Commission also discussed the matter of disposal of other build- 
ings in Ashland which have to be removed to accommodate the Plaza improvement. 
The Attorney advised that all of the buildings affected have been purchased 
by the state and the question now arises whether or nov the Commission wants 
to dispose of them at this time and clear the properties or let them remain 
as is until the highway improvement is undertaken. He suggested that the Con- 
mission do nothing whatsoever to the buildings until the properties are needed 
in connection with the highway improvement and that in the meantime the build- 
ings be rented, The Engineer suggested that the Commission inspect the prop- 
erties before taking definite action. Such suggestion was approved by the 
Commission, it being understood, however, that the Attorney would go to Ash- 
land prior to the Commission's visit and make the best possible tentative ar- 
rangements for the disposal of the buildings. 
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thought of the Commission that the prospects for early construction of the 
project are not good. The Attorney was instructed to so inform the 


lo¢gal - 
citizens. a ng 


The Attorney reported receipt of an offer from mr. George Asper, 
Lyons, Oregon, to pay wl0 annually for a five-year lease of certain property 
that the Commission acquired from Marion County as a gravel pit and stock- 
££ pile site, being situate adjacent to the North Santiam Highway near ifill City 
; and referred to as file R-6448. He advised that Mr. Asper ownes the adjacent 
property and wishes to use the state's property for pasture purposes and has 
agreed to fence the same to keep out trespassers who are now using the prop- 
erty as a garbage dump. The Commission decided, as a matter of policy, not 
to lease the property to Mr. Asper. The Engineer was instructed to inspect 
the premises and to construct a fence around the property if, in his opinion, 
that is necessary in order to properly protect the same. 


+ Nace RUE! 64 sel (oan tas 


The Commission approved and signed an agreement with the City of 
Portland and the Public Market Company of Portland with respect to highway 
construction along Front Avenue, Portland, past the Public iiarket building. 


The Attorney requested instructions relative to the settlement with 
Jurgen La Frentz for right of way needed for the Wolf Creek Highway, in Wash- 
ington County. He advised that he has been unable to reach a satisfactory 

arrangement with Mr. La Frentz and recommended, in view of the federal govern- ? 
ment's orders closing down construction work, that further negotiations be 

Pa discontinued until the property is actually needed. The Commission approved 
the recommendation. 


B35 A letter was presented from Harrison E. Devereaux, State Administra- 
afi) tor, Works Projects Administration, advising that, due to inability to obtain 
skilled workmen, it will be necessary in the near future \9 close down all WPA 
work on the Wolf Creek Highway unless the ‘tighvay Commission is able to pro- 
vide such skilled and key personnel and desires that this work be continued. 
The Engineer advised that the Highvay Department does not have extra personnel 
available for this work, so many men having been inducted into the amy and 
others having quit to obtain better-paid employment elsewhere. In view there- 
of, the Commission decided to discontinue this WPA work. The Engineer was in- 
structed to convey such information to Mr. Devereaux by letter and to express 
the Commission's thanks for the cooperation that it has received from the WPA 
in the construction of the Wolf Creek and Wilson- River Highways. The Engineer 
was also instructed to have Construction Engineer H. G. Smith inspect the Wolf 
Creek Highway project in company with Mr. Devereaux with a view in mind of 
closing down all work in connection therewith as gracefully as possible. 


In this connection the Engineer advised that, as a result of closing 
down this project, there will be available for disposal several pieces of road- 
construction equipment which are of no particular value to the state. He rec- 
ommended the sale of this equi ment to the highest bidder for the same. The 

Commission approved the recommendation and authorized the Engineer to advertise 
the equipment for sale at the next meeting. (It was later decided to rent the 
equipment rather than sell it.) 
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figure arranged. It was decided that mone i 

e ys received from the company as 
rentals shall be credited to the city and state on the same basis that the 
city and the state are paying for acquisition of right of way for the Front 
Avenue project; viz., 60 per cent city and 40 per cent state. 


PN 8) A 
* sarcasm 


The Commission considered and approved the followi 
ng county resolu- i 
tions with respect to sections of old state hi J i 
ghways that have been aband : 
by the Highway Commission: - Cn | : 


Resolution from Deschutes County with respect to the abandon- 
ment of a portion of the Century Drive Secondary Highway 


Resolution from Polk County relative to the abandonment of 
three parcels of land within the old right of way of the Dallas- 
Coast Secondary State Highway, between Buell and the old Wallace 
Bridge, in Polk County 


Resolution from Polk County with respect to the abandonment Pe 
and retention of certain sections of the Dallas-Coast Secondary ve 
State Highway between engineer's stations 403+00 and 444+50, par- 
ticularly between Buell and Salt Creek School 


Resolution from Polk County with respect to the abandonment 
of a section of the old right of way of the Dallas-Coast Secondary pi} 
ta Sieg between engineer's stations 248+60 and 253+20, near ft. 

“ } : 


Resolution from Polk County relative to the abandonment of a 
portion of the old right of way of the Independence Secondary State ah 
Highway between Brunks Corner and Oak Point 


Resolution from Polk County retaining on the county road system 

the following sections of old right of way of certain secondary r 4 
state highways which have been abandoned by the state: portion of Bue 
the Dallas-Coast Secondary State Highway between engineer's station i 
437400 and the foot of Butler Hill opposite engineer's station : 
403+00; portion of Dallas-Coast Secondary State Highway from its A 
intersection with the McMinnville-Tillamook Highway to engineer's ? 
station 66+00; section of the Dallas-Coast Secondary Highway be- F: 
tween engineer's stations 132+00 and 169+00; portion of the Brunks 2 
Corner-Independence Secondary State Highway between its intersec- ¥ 
tion with the Salem-Dallas Highway and Rickreall Creek 

5 
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Resolution from Polk County relative to the abandonment of a 
section of the Dallas-Coast Secondary Highway between engincer's : 4 
stations 314+18 and 335+83 rie | 


The Commission discussed and upon recommendation of the Engineer 
adopted the following resolution with respect to the abandonment of a portion 
of the Lost River Section of the Klamath Falls-Malin Highway, in Klamath Coun- + 


ty, such section being no longer of value from the state highway standpoint: : 


2 
é 


= () 13 4 2. Re ’ 1 


The Attorney reported briefly on the form of permit required by 
the federal government in order to secure right of way over and across certain 
irrigation canals for the improvement of the Klamath Falls-Lakeview Highway 
near the fair grounds in Klamath County. He advised that he wrote Counsel for 
the Bureau of Reclamation for an interpretation of the clause which has to do 
with labor restrictions and hours of labor and received a reply to the effect 
that this particular clause simply follows the wording of the federal law and 
it appears to cover laborers and mechanics of the state or any contractor or 
subcontractor doing work for the state; further, that the work contemplated 
by the contract is the work to be accomplished by the state at the crossing 
in question and applies only to work performed within the area of the govern- 
ment right of way. The meaning of this interpretation, he said, is that the 
permit applies only to work that is done by the state in the area described 
in the permit, which was the point that the Commission questioned when the 
matter was first brought up for discussion. The Commission approved the re- 
port. 


The Attorney reported on the sale of two small tracts of land on the 
Warm Springs Highway at the Madras Overcrossing, Jefferson County. He advised 
that he contacted the parties that made both offers and has received a reply 
from one of them, The Deschutes Grain & Feed Company, to the effect that they 
are still willing to pay $50 for one of the tracts. He also said he has not 
as yet heard from Howard F. Turner relative to the other tract. He recommended 
acceptance of the offer of The Deschutes Grain & Feed Company. The Commission 
approved the recommendation. 


The Attomey also reported on recent investigations relative to the 
request of Emil Henskie for fence construction along the Warm Springs Second- 
ary Highway in front of his premises. He recalled that the Highway Commission 
acquired right of way at this point from Jefferson County, free of cost, and 
so far as the records show nothing was said at the time about constructing the 
fence. However, Ex-County Judge W. R. Cock, who was in office at the time, ad- 
vises that the county expected the state to construct the fence in front of 
this property as it did along the adjoining properties and the county sold 
certain land to Mr. Henskie under that assumption, although there is nothing 
in the record as evidence to that effect. The Engineer recommended, in view 
of the circumstances, that the state do not build the fence. The Commission 
approved the recommendation. 


The Commission had under discussion a request from the War Indus~- 
tries Company, Portland, for permission to use certain state-owned property at 
the intersection of Lincoln and First Streets, Portland, as a storage site in 
connection with its contract with the federal government for the construction 
of engines. The Engineer advised that the company wants to lease a 40-foot 
strip on the west side of the highway right of way across Block A, during the 
period of the present war emergency to facilitate the operations of its found- 
ry which is locabed on property immediately adjacent thereto. He recommended 
approval of the request provided the company will pay a reasonable ‘rental for 
the same inasmuch as the area cannot be used for state purposes until the war 
is over. The Commission approved the recommendation and ordered that the mat- 
ter be discussed with the Portland city officials and a reasonable rental 
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to a map or blueprint marked Exhibit A attached hereto and by this 
reference made a part hereof, which said exhibit for identification 
purposes bears the signatures of W. E. “handler, Division Engineer, 
H. G. Smith, Construction Engineer, and R. H. Baldock, State Highway 
Engineer, and is dated April 21, 1942, upon which map or exhibit is 
reflected the above described parcel of land by showing the same 
shaded in red.* 


2. In the event there remains any physical connection be- 
tween any portion of said abandoned right of way or highway and the 
present highway, and by reason of such physical connection traffic 
from the existing highway may enter or use the said abandoned right 
of way or highway to the possible damage or injury of such traffic 
by reason of any unsafe condition existing with respect to said old 
or abandoned road, then the State Highway Engineer is hereby auth- 
orized and directed to erect such barricade or other safeguards as 
may be necessary to protect and safeguard traffic using and employ- 
ing said newly located, constructed and dedicated section of said 
highway. 


3. That this resolution be entered in the minutes and 
records of the Commission and a certified copy thereof promptly 
delivered to the County Court of Klamath County, together with a 
copy of said exhibit or map, for such action as said County Court 
may desire to take with respect to the fragment of land to be 
abandoned, and should said abandoned section of the right of way 
of said Klamath Falls-Malin Highway be further employed for public 
or private highway purposes such use shall be entirely under the 
control and supervision of the County Court of Klamath County and 
beyond any responsibility or supervision by the State Highway Com- 

| 


mission. 


The Commission had under discussion the setting of a date for 2 ‘Se : 
special meeting of the Commission to receive bids for the sale of buildings RS ) 
that are to be removed from new right of way acquired at Medford. It was d 
decided definitely to hold such meeting in Portland on Thursday, May 7, a 
commencing at 10:00 a. m. The Secretary was instructed to arrange to hold ‘ i 
this meeting in the Imperial Hotel, if possible. Commissioner Clough ex- Ee | 3 
pressed doubt that he could attend this meeting, whereupon Chairman Cabell = 
was authorized to conduct the meeting and to act for the Commission in the a i 
disposal of the building matters that would come up at that time, including cy j 
the question of rental of buildings in North Bend, } | 

f 


the Ross Motor Dilding, which is located near the highway department's 


Chairman Cabell reported receipt o° information to the effect that 2 \ 
maintenance site at Multnomah Station, is for sale and the suggestion has been i 


*Map filed Right of Way Abandonment and Retention File - No. 103. BR: 


WHEREAS, in order to afford a better alignment and a more 
satisfactory, safe and convenient highway for the traveling public 
the Commission found it necessary to relocate a portion of the Klan- 
ath Falls-Malin Highway in Klamath County; and 


WHEREAS, by reason of said relocation and reconstruction of 
said section of highway there was eliminated and made unnecessary as 
a part of the permanent highway a certain section, which section is 
_ particularly defined and described hereinafter in this resolution; 


WHEREAS, it is the judgment and opinion of the Commission 
that there should be recorded in the minutes and records of the Com- 
mission its purpose and plan to abandon as a part of the said high- 
way the fragment or portion of right of way heretofore designated 
and which was heretofore included within the area of the right of 
way of said highway as formerly located, but which is now without 
the regular limits of said highway as relocated. 


NOW, THEREFORE, the premises being in general as above 
stated, it hereby is resolved by this Commission, all members being 
present and affirmatively voting, as follows: 


1. That the fragment of land confined within the area 
hereinafter described, which fragment or parcel of real property was 
formerly within the limits of the right of way of the Lost River Sec- 
tion of the Klamath Falls-Malin Highway in Klamath County, but is no 


longer a part of the right of way of said highway as the same has 
been relocated and constructed, be and said parcel of real property 
is abandoned as a part of the right of way of said highway, and said 
parcel of land is, so far as control and supervision by this Commis- 
sion is concerned, eliminated and left to revert to the adjoining 
and abutting property owners or to the control and supervision of 
the County Court of Klamath County for highway or other public pur- 
poses as the Court may determine. The fragment or parcel of land 
affected by this resolution is defined and described as follows, to 
wit: 


All that certain section of the old right of way of 
the Lost River Section of the Klamath Falls-Malih Highway 
in Section 34, Township 40 South, Range 10 East and in Sec- 
tion 3, Township 41 South, Range 10 East, W. M., Klamath 
County, and lying on the westerly side of the right of way 
required for the reconstructed Klamath Falls-Malin Highway, 
the beginning and ending points with reference to the engi- 
neer's stations of the reconstructed highway being Station 
818+15 on the northerly end and Station 42+20 on the south- 
erly end. 


The location of said abandpned right of way may be more 
definitely and particularly ascertained and determined by reference 


WHEREAS, it appears to the Highway Commission to be in 
the best interests of the general public to grant the request of 
the United States War Department and close for the duration said 
section of said secondary highway. 


NOW, THERSFORS, BE IT AND IT HERESY IS RESOLVED by the 
Oregon State Highway Commission as follows: 


1. That the Commission does hereby declare its purpose 
to cooperate with the United States Government in every plan for 
and in every effort made toward national defense in so far as the 
Commission may do consistent with the best interests of the State 
and the Commission's fixed authority. 


2. That the section of the Sams Valley Secondary Highway 
in Jackson County defined as: 


"Beginning at a road intersection at mile point 8.98 
easterly from Gold Hill, and extending easterly and north- 
easterly to mile point 15.35 approximately one-half mile 
west of Dodge Bridge over the Rogue River, which point is 
also approximately 1.9 miles westerly from the Crater Lake 
Highway, being a distance of 6.37 miles," 


shall be and said section of said secondary highway hereby is closed 
to public traffic from the date of June 30, 1942, for the duration; 
provided, however, that upon advice in writing by the proper officer 
in charge of said cantonment that the closing of said section of 
said highway to public traffic is no longer in the interests of the 
United States War Department, then said section of said secondary 
highway shall be by resolution of this Commission declared open 
again for public traffic. 


3. That the War Department representatives in charge of 
said army cantonment are hereby authorized and required to erect 
and maintain proper and appropriate barricades at the termini of 
said section of said road and in addition thereto such signs as may 
be necessary to adequately and effectively warn and inform the trav- 
eling public. 


4. That other than the adoption of this resolution the 
Highway Commission shall be under no obligation to barricade the 
said section of said highway at either of the points of entrance to 
said cantonment, and the delivery of a certifiec copy of this reso- 
lution to Major Theron W. Bean, Quartermaster Cops, Construction 
Division, United States Army, Camp White Military Cantonment, led- 
ford, Oregon, shall constitute the Commission's full responsibility 
with respect to the closing of said road as between this Comission 
and the United States War Department. 
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offered that it would make a good building for highway maintenance forces 
operating in that vicinity, if additional building facilities are needed. 
The Engineer was instructed to investigate the matter. 


Chairman Cabell also brought up for discussion the matter of pur- 
chase of the Moser gravel pit on Grave Creek, in Josephine County, concerning 
which a controversy exists as to the amount that the state should pay for this 
property. It appears that Mr. Moser is demanding an exorbitant sum. The 
Commission indicated that it would condemn the property, if necessary, but de- 
ferred a definite decision in regard thereto, pending further consultation 
with Neil Allen who is Mr. Moser's attorney. The Attorney was instructed to 
discuss the matter personally with Mr. Allen, 


The Engineer reported on the cost to maintain the Independence-Yells- 
Granger County Road, in Polk and Benton Counties, particularly between Inde- 
pendence and Camp Adair. He estimated that it would cost about $20,500 to 
repair the road, including reinforcement of two bridges, and to maintain it 
for the remainder of the year. He recommended that the Commission assume this 
responsibility in view of the large volume of traffic the road carries. After 
discussion the Commission approved the recommendation and thereupon signed an 
agreement with the Polk and Benton Countyourts relative thereto. 


Consideration was given by the Commission to a request from the 

United States War Department for the closing of a section of the Sams Valley 
Secondary Highway, in Jackson County, as an accommodation to the Medford Arny 
Cantonment known as Camp White. The Engineer advised that, in his estimation, 
the Commission has no alternative but to approve the Army's request; further, 
that arrangements have been made for the detouring of traffic during the time 
that the read is closed. The Commission approved the request and thereupon 
atopted the following resolution rela*%ive thereto on the condition that the 
same meets with the approval of Jackson County Court: 


WHEREAS, the United States War Department has estshlished 
for the purpose of national defense an area to be known as Camp White 
Military Cantonment; and 


WHEREAS, a section of the Sams Valley Secondary State High- 
way in Jackson County is within or passes through the said military 
cantonment, and the War Department for the protection and safety of 
the general public and for convenience and the efficient use of said 
army cantonment has requested that a gertain section of said second- 
ary highway be cloaed to public traffic; and 


WHEREAS, it appears that the use by the War Department of 
the area within the army cantonment for the purpose for which the 
same has been established will create a hazard to members of the pub- 
lic traveling said section of said highway and that the use of said 
highway by the traveling public will thterfere with the efficient and 
proper use of the cantonment area; and 
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1943 Grade Crossing Projects 


Federal 
Pro ject Funds 


Projects (Fed. funds available $810,000)+ 


Boardman-Umatilla County Line 
Morrow County Line-Stanfield 
Harrisburg Bridge 
Blodgett Overerossing 
eric caren Hill, Bridges 

" Grad. & Pav. 
idaeceman Pt., Grad. & Pav. 
North Dillard Bridge 
Pudding River Bridge 
Troutdale-Bridal Veil,Dredging 
Troudale-Corbett, Grading 
Ashland Pro ject 


$ 115,000 
103,000 
90,000 
11,400 
204,600 
176,000 
136,000 
92,000 
352,000 
152,000 


28,000 


#1,502,400 


Grave Creek-Jumpoff Joe Crk.,Surf. $ 
North Bend-Marshfield 
Parkrose Project 

Grave Creek-Smith Hill 


130,000 
248,000 
36,000 


132,000 


$ 546,000 


Eugene Pro ject $ 230,000 


$ 230,000 


1941 Grade Crossing Projects (Fed. funds available 


Eugene Pro ject 

Grants Pass, Ry. Signals 
Reedsport, " 
Sheridan, 8 hd 
Troutdale Overcrossing 


$3 212,009 


* Total of 1943 federal funds is j1,650,009, 
this amount, 3840,000 can be taken up by 


Total 
Estimate 


128,900 
112,800 

14,300 

53,000 
263,000 
220,000 
170,000 
115,000 
440,000 
190,000 

35,000 


$1,885,000 


Strategic Network Projects (Fed. funds available $412,000) 


(Fed. funds available $230,000) 


$230,000 
» 230,000 


211,000 


but of 
inereas=d 


federal participation on previously con’ ra°te od 


projects. 
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Status 


Contracted 


" 
" 
" 


Advertised 
st 


No Action 
" 


Re jected 
" 


Contracted 
No Action 
Re jected 

" 


5. It is urgently recommended that entrance to said army 
cantonment over any other road, county or otherwise, be adequately 
barricaded against traffic for the duration. 


6. That the Secretary of the Commission be and he hereby 
is instructed to deliver by mail to Major Theron W. Bean a certified 
copy of this resolution, and request from him an acknowledgement of 
its receipt and acceptance. 


Reconsideration was given by the Commission to the question whether 
or not to pay the federal tax that is being charged by power companies in 
connection with payments to them for service rendered. A tabulation was pré- 
sented showing the amounts that have been paid during the year 1941 to the 
several power companies throughout the state, aggregating $28,333.28. The 
Commission considered it inadvisable to withhold payments of accounts as they 
become due for such service, and accordingly authorized the release of the 
warrants, subject to the condition, however, that each company be informed 
that the Commission is paying the federal tax in connection therewith under 
protest. 


Reconsideration was also given by the Commission to the matter of 
contributing funds this year in connection with the KOAC "Oregon on Parade" 
program as has been done the past two years. In this connection a report was 
presented from Ben E. Titus, Acting Director of the Travel and Information 
Department, giving as his thought, in view of the present war emergency, that 
the college's radio program would be of greater value to the state this year 
than in the past, and recommending an appropriation for this purpose. The 
Engineer concurred in the recommendation, whereupon the Commission, by unan- 
imous vote, approved an expenditure of $1,500 to assist in this undertaking. 


The Commission considered and ordered filed a letter from Thomas 

H. MacDonald, Commissioner, Public Roads Administration, Washington, D. C., 
relatiye to the availability of 1941 federal aid funds, in which Mr. MacDon- 
ald advises that such funds would normally remain available for expenditure 
until June 30, 1942, but under the provisions of Section 5 of the Defense Act 
of 1941 such period of availability has been extended to June 30, 1943, in 
view of which any 1941 funds remaining unobligated on June 30, 1942, will not 
lapse. 


The Engineer brought up for discussion matters pertaining to the 
highway department's finances (see Engineer's letter directed to Oregon State 
Highway Commission, dated March 31, 1942, in general files) and in connection 
therewith presented a statement, as follows, showing the status of projects 
that have been tentatively approved for construction this year: 
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Chief, Forest Service April 22, 1942 
Commissioner, Public Roads Administration 
Washington, D. C. 


Gentlemen: 


In accordance with the regulations for carrying out the 
provisions of Sec. 23 of the Federal Highway Act, it is recommended 
that the following estimated expenditures for the Fiscal Year end- 
ing June 30, 1943, be authorized out of available Forest ‘ighway 
funds for the State of Oregon. 


Admi nistration 349 , 800 
Surveys & Plans 15,000 
Emergency Post Const. (Slide 

Correction) 


SN 23-K4, 13, Santiam Hwy. .7 mi. _45,000 
TOTAL $109, 800 


These expenditures are for necessary administration of 
incompleted major construction projects, emergency post construc- 
tion, preparation of P.S. & E. on approved routes and discharging 
the maintenance obligations of the Federal Government on completed 
pro jects. 


Proj. SN 23-K4, L3, Santiam Highway, Slide Correction, 
involves the drainage and correction of several serious slides on 
Sections K and L which have occurred within the last year, There 
is approximately.0.7 of a mile of the highway affected by the 
slides, and an estimated amount of $45,000 will be required to 
drain and correct the conditions. Repair and reconstruction of 
the roadway are contemplated under future projects. 


A letter was presented from W. H. Lynch, District Engineer, 
Publié Roads Administration, advising receipt of advice that tie War 
Department has recommended disapproval of the Grants Pass-Roseburg 
Project on the Pacific Highway and two sections of the Columbia River 
Highway Project, between Troutdale and Corbett, as they are not considered 
by the Army authorities indispensable to the war effort. The Engineer 
was instructed to bring this information to the attention of R. E. Koozer, 
President of the Oregon Pacific Highway Association, and Charles H. Rey- 
nolds, President of the Oregon frail Association, which groups are partic- 
ularly interested in these projects. 


The Attorney requested instructions relative to the renewal of the 
insurance in connection with the Commission's agreement with the 0.W.R.& kh. 


op 301942 


11013 


Federal Total 
Pro ject Funds Estimate Status 
1941 F.A.S. Projects 
Cape Blanco Project 2 12,600 § 21,000 No Action 


Access Road Projects 


Tongue Point Project $ . 462,500 § 222,500 Contracted 
Umatilla Ordnance Depot Project 45,300 45,300 ® 
Hermiston Bridge 2,300 2,300 ® 
Portland Air Base 7,800 7,800 " 
Antelope Crk.-Medford, N. Unit 309,000 344,000 x 

n m m  , Sect. A,”S. Unit 278,000 278 ,000 n 

" n " 4, Sect. B, S. Unit 37,000 137,000 " 

. os " , Structures 22,500 22,500 " 
Corvallis-Monmouth, 6 Contracts 915,000 1,015,000 Advertised 
Luckiamute River Bridge 20,000 20,000. Approved 
North Portland Shipyard Project 203 , 000 203,000 Advertised 
Swan Island Shipyard Project 150,000 150,000 Approved 

22,152,400 32,447,400 
1942 State Pro jects 
Burgard Street Paving (2nd Contract) > “We $ 20,200 Contracted 
Wells Road-Granger a 109 ,900 . 
l2th Street, Salem (Repair Job) - - 25,000 Advertised 
$ - - % 155,100 


It appeared to the Commission that some of the federal aid projects lited may 
have to be withdrawn from the program because of inability to secure army ap- 
proval or to make a saving of funds. The Commission decided not to delete any 
of the projects unless army approval cannot be obtained or unless it becomes 
necessary to do so in order to make a definite saving of funds. ‘The Engineer 
was instructed to discuss the matter further with T. M. Davis, Senior Highway 
Engineer, Public Roads Administration, with a view in mind of rearranging the 
program, if necessary, in order to effect the greatest possible savings. 


The Commission had under consideration the approval of a program 
for federal forest highway funds for the fiscal year ending June 30, 1943, 
amounting to $109,800, of which amount $45,000 is recommended for improve- 
ment of drainage and correction of slide conditions on the Santiam Highway, 
the balance for administration, surveys, and plans. The following program 
letter relative thereto was approved and signed by the Commission: 


WHEREAS, the Commission's Chief Engineer, pursuant to in- 
structions given by the Commission, has made necessary surveys to 
determine the best and most feasible route between said termini and 
has filed with the Commission the field notes and other engineering 
data with respect to each of said surveys; and 


WHEREAS, the Comrission's Chief Engineer has recommended 
the adoption of the route referred to among the several surveys as 
the most easterly route. 


NOW, THEREFORE, BE IT AND IT 'EZREBY IS RESOLVED by the 
Commission, all members being present and affirmatively voting, as 
follows: 


1. That the location and route of the Pacific Highway 
West between Monmouth and Corvallis shall be relocated and construct- 
ed along the alignment hereinaiter expressly defined. 


2. That the route, location and alignment described as 


Beginning at the intersection of North Ninth Street 
with Harrison Street in the City of Corvallis, which inter- 
section is also a point on the Pacific Highway West; thence 
northerly along North Ninth Street to the north city limits 
of Corvallis, and continuing northerly following approxi- 
mately the present constructed route of the Pacific Highway 
West to a point approximately two miles north of the Benton- 
Polk County Line in the north half of Section 31, Township 
9 South, Range 4 West, W. M.; thence continuing in a north- 
erly direction, on the easterly side of ard approximately 
one-half mile distant from the present highway, to the junc- 
tion with the Monmouth-Independence Highway near the inter- 
section of East Street with Main Street in the Town of Mon- 
mouth, said intersection being in the Southeast quarter of 
the Northwest quarter of Section 30, ‘ownship 8 South, 
Range 4 West, ws Mey 


shall be and the same hereby is designated and adopted as the route, 
location and alignment of tne Pacific Highway West between Monmouth 
and Corvallis. 


3. That the field notes, records and other engineering 
data developed and assembled by the Chief Engineer in connection 
with the survey made for the purpose of determining said route and 
location be and the same hereby are adopted as the fieid notes, date 
and survey of the said newly established route and location, and 
said data, field notes and other information shall be filed in tte 
office of the Highway Commission at Salem, Oregon. 


4. ‘that if and when the said highway is reconstructed 
between Monmouth and Corvallis such construction shall follow the 
said route and location hereby adopted. 


| & — eS 


Company and the Union Pacific Railroad Company covering snow removal operations 
in the Columbia Gorge. He advised that the present policy expires on October 
1, 1942, and that the matter comes up at this time because Underwriters at 
Lloyd's London, the only company which is in position to write a satisfactory 
policy covering such operations, has offered to rewrite the insurance at this 
time on a three-year basis at a reduced premium, in view of the Commission's ex- 
perience rating,and will allow a credit for the unused portion of the premium 
paid for the old policy. In order to secure such concession, he said, it is 
necessary to file a certificate with the State Insurance Commissioner. The 
Commission considered it advisable to take advantage of this offer, and there- 
upon approved the securing of the new policy. 


The Commission also discussed the matter of placing the State High- 
way Engineer's bond for the fiscal year commenciig June 15, 1942, in the 
amount of $200,000. The question arose whether to give this business to the 
several companies that enjoyed it the past year or to conduct a drawing to 
determine to whom the business should be given. A decision in the matter was 
deferred by the Commission until the next meeting. The Secretary was instructed 
in the meantime to secure suggestions from the State Insurance Commissioner. 


A resolution was presented from the Salem City Council requesting 
the widening of South Twelfth Street between the first alley south of Ferry 
Street and Mill Street in connection with the resurfacing work on Twelfth 
Street which the Commission proposes to do this year, such widening work being 
necessary in order to eliminate a jog in the street alignment. The Commission 
denied the request. 


Reconsiderition was given by the Commission to the adoption of a 
permanent route for the Pacific Highway West between Monmouth and Corvallis. 
Chairman Cabell stated that he favored the adoption of the plan previously 
recommended by the Engineer at this meeting. Commissioner Clough also stated 
his preference for such line. The following resolution relative thereto was 
thereupon adopted by the Commission by unanimous vote: 


WHEREAS, the United States has selected a site upon which 
to construct an army cantonment to be known as Camp Adair and is now 
engaged in the <onstruction and development of the same; and 


WHEREAS, the development of said camp and thereafter the 
use of the same by the United States War Department will impose on 
the Pacific Highway West between Monmouth and Corvallis a volume and 
kind of motor traffic which because of the width of surface and the 
numerous curves which characterize said highway render the same inad- 
equate for Army transport purposes and civilian uses; and 
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WHEREAS, said highway between said termini cannot be prop- 
erly improved on the present alignment and location, and therefore 
the Highway Commission has found it necessary and advisable after 
careful gurveys and studies to relocate said highway in places be- 
tween said termini; and 
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Albany-Lyons Secondary Highway about three miles south of Scio. The Engineer 
advised that to improve the secondary highway south of Scio is quite an ex- 
pensive proposition and in his estimation the work could not be undertaken 

at this time in view of the Army regulations. He questioned the advisability 
of rerouting the highway through icharison Gap because the highway is now 
properly routed through the town of Scio which is the trading center of this 
district. The Commission decided not to place the Richardson Gap route on 
the state secondary system; however, instructed the “ngineer to arrange with 
Mr. Watzek for a joint inspection of the present route, and to maintain this 
route in the best possible condition under existing circumstances. 


The matter of renewing the center stripe on state highways was 
discussed by the Commission, It was pointed out that the purchase of traffic 
paint is becoming increasingly difficult on account of war conditions and a 
considerable saving in paint might be effected if the stripe were painted in 
dashes rather than in a continuous line as is now being done. The Commission 
decided to try out such method on one of the secondary highways to see how it 
works. The Engineer was thereupon instructed to make over one of the paint- 
striping machines for such experiment. 


The. Engineer reported the award of the following contracts as previ- 
ously authorized by the Commission, the conditions of the awards having been 
satisfied: 


Grading and paving Section "A" of the South Unit, Antelove 
Creek-Medford Section of the Crater Lake Highway, in Jackson County. 
Bids taken April 2; contract awarded April 3, 1942, to Berke Broth- 
ers, low bidders; 


Grading and paving Section "B" of the South Unit, Antelope 
Creek-Medford Section of the Crater Lake and Pacific Highways, 
in Jackson County. Bids taken April 2; contract awarded April 3, 
1942, to Jacobsen-Jensen Company, low bidder; 


Structures on the South Unit, Antelope Creek-iiedford Section 
of the Crater Lake and Pacific Highways, in Jackson County. 3ids 
taken April 2; contract awarded April 3, 1942, to Tru-ifix Concrete 
Company, low bidder; 


Surfacing and bituminous macadam construction on the Grave 
Creek-Jumpoff Joe Creek Section of the Pacific Highway, in Josephine 
County. Bids taken March 19; contract awarded April 14, 1942, to 
McNutt Brothers, low bidders. 


The Commission confirmed such awards as reported. 


The matter of prohibiting bonfires and fireworks on the ocean 
beaches during hours of darkness was discussed by the Commission. It was 
decided that such activities should not be permitted during the present war 
emergency. The following resolution in regard thereto was adopted by the 
Commission by unanimous vote: 


5. That until a highway along said newly adopted align- 
ment, route and location is constructed and made available to the 
general public, the existing section of the Pacific Highway West be- 
tween Monmouth and Corvallis shall continue to be the route of the 
Pacific Highway West between said termini. 


The Secretary presented a petition signed by numerous residents of 
Sweet Home requesting the widening of two cuts on the Santiam Highway about 
one mile east of Sweet Home so as to provide greater safety to school children 
who are obliged to walk on the highway in attending the schools in Sweet Home. 
The Engineer estimated that it would cost about $2,300 to do such widening 
work. The Commission denied the request on account of the expense involved. 


The Commission discussed briefly matters pertaining to the construc- 
tion of the Sprague River County Road in Klamath County and decided not to 
undertake this project at the present time in view of the war emergency. 


Consideration was given by the Commission to a request from Earl C. 
Reynolds, Secretary of the Klamath County Chamber of Commerce, and Brady 
Narey, Klamath Falls, for the construction of guard fence along The Dalles- 
California Higiiwsy between Midland and Worden where the highway follows along 
an irrigation ditch for about five miles and wher¢ it is alleged numberous ac- 
cidents occur, The Sngineer advised that it would cost about $26,000 to con- 
struct such guard fence and that he has informed Mr. Reynolds that he could 
not recommend this expenditure in view of the shortage of highway funds, and 
for the further reason that this condition has existed for many years during 
which the number of accidents that have occurred as compared to the total vol- 
ume of traffic that uses the road is not excessive. The Commission approved 
the Engineer's report. 


The Commission discussed and denied a request from the Weston Chan- 
ber of Vommerce for the improvement of a five-mile section of the Weston-Elgin 
Secondary State Highway between McDougall and Weston because of lack of funds 
with which to finance the work and the freezing of funds by the War Production 
Board. The Commission ordered that hereafter requests for highway improve- 
ments costing in excess of $5,000 be given a stock answer; viz., that the war 
situation has stopped all new construction work costing in excess of $5,000 
except those that are approved by the Army or Navy authorities as: essential 

to the war efforts. 


A letter was presented from C. H. Watzek, President of the Roaring 
River Logging Company, requesting the improvement of a three-mile section of 
the Albany-Lyons Secondary Highway south from the town of Scio to facilitate 
logging operations and suggesting, if the State Highway Commission cannot see 
its way clear to make such improvement, that it might take over as a temporary 
secondary highway route, the Richardson Gap county road, most of which, he 
said, is in pretty fair condition. This road extends southerly from the Al- 
bany-Lyons Secondary Highway for about three miles, commencing at a point 
about two miles east of Scio and then turns west to a connection with the 


6. This rule and regulation is promoted by the Highway 
Commission for the protection not only of individuals along the 
coast but in an effort to cooperate with the Government officials 
as a part of defense measures and activities. 


7, The Commission is confident that complete and whole- 
hearted cooperation as a patriotic duty will be given by all in 
this effort to help the Federal Government. 


8. This resolution shall be entered in the minutes and 
records of the Commission and the Secretary is instructed to de- 
liver a duly certified copy thereof to Lieutenant General J. L. 
DeWitt, Commanding General, Western Defense Command and Fourth 
Army. 


9. This ruling and regulation shall be in full force 
and effect for the duration of the present war emergency. 


The Commission discussed a letter from Mr. J. Arthur Berg, Attorney, 
Coquille, directed to Governor Charles A. Sprague, suggesting the relaxation 
of the weight regulations which now control logging operations over state 
highways so as to facilitate moving of logs to the mills and the filling of 
defense orders for lumber, The Commission decided not to change the regula- 
tions as that could not be done without overstressing highways ani bridges. 


In this connection the Engineer recommended the moving or the truck 
scales which have been installed on the Santiam Highway just east of Swect 
FYome. The scales as previously located, he said, appear to be $n the wrong 
place and many of the log haulers are required to drive their trucks a con- 
siderable distance out of their way in order to be weighed, whereas, if the 
scales were relocated at the top of the hill about four-tenths of a mile 
west of Foster Bridge such condition would not obtain. The Commission author- 
ized the moving of the scales and ordered that, until the scales are moved, 
weighmasters discontinue weighing trucks that are obliged to travel the extra 
distance to the present scale site. The weights of such loads are to be de- 
termined by inspection. 


The Engineer reported on the complaint that log haulers are being 
unnecessarily delayed by weighmasters at the scales located at Skipanon, 
Clatsop County. He advised that Chief Weighmaster Loran L. Spaulding recently 
spent three days at these scales and observed that when trucks are running 
normally they are held up only a very short time by the weighing process; 
furthermore, even when the loads bunch up, there is no appreciable delay 
in the weighing and everything possible is being done to expedite the logging 
movements, all of which indicates that the allegations are untrue. The Com 
mission approved the report. 


The question whether or not to require logging operators to deposit 
with the Commission a surety bond or certified check when their operations are 


WHEREAS, the shore of the Pacific Ocean between ordinary 
high tide and extreme low tide and from the Columbia River on the 
north to the Oregon and California State Line on the south, except- 
ing such portion or portions of such shore as may have heretofore 
been disposed of by the State, has been declared by the provisions 
of Section 100-1001, 0.C.L.A., to be a public highway and by said 
law it is provided that said higiway shall forever remain open as 
such to the public; and 


WHEREAS, by the provisions of Section 100-1005, 0O.C.L.A., 
the rules of the road and regulations governing motor vehicles have 
been extended to and made applicable to that part of the shore of 
the ocean which has been by law declared to be a public highway; and 


WHEREAS, the promiscuous building of bonfires on the shore 
of the ocean interferes with defense measures and regulations, there- 
by necessitating some regulatory measures, to the end that the value 
of necessary safeguards imposed by the Federal Government may not be 
dissipated. 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED BY THE col- 
MISSION as follows: ‘ 


1. That no bonfire shall be started on the shore of the 
ocean after the hours of darkness nor shall any bonfire started dur- 
ing daylight hours be left burning after the hours of darkness. 


2. Any and all persons who may start or keep burning a 
bonfire on the shore of the ocean shall be res»onsible for and shall 
be required to extinguish same before the hours of darkness. 


3. The use on the shore of the ocean of fireworks and any 
other article or thing likely to produce a flare, fire or light here- 
by is prohibited during the hours of darkness. 


4. Copies of this resolution and regulation shall be post- 
ed at conspicuous places along the various parts of the shore of the 
ocean where people are accustomed to congregate and the State Highway 
Engineer hereby is instructed to take the necessary steps and do the 
necessary things to carry this provision into effect, and the news- 
papers throughout the State shall be requested to give due publicity 
to this rule and regulation of the Commission. 


5. Any persons knowing of a violation of this rule or 
regulation are earnestly requested to report the same to the nearest 
state highway employe or to the nearest member of the State Police 
force, or if there be no such employe or officer available, then by 
letter to the State Highway Commission. 


Request of Profecsor Alfred Jensen, Engineering Department, 
University of Washington, for permission to take pictures of bridges, 
dams and other structures along Oregon highways. 


A letter was presented from Honorable Clinton Hurd, County Judge, 
Lane-County, transmitting a letter from Elisha Large, Mayor of Eugene, in 
which Mayor Large advises that the Eugene City Council has designated the 
alley east of High Street, between Sixth and Eighth Streets, as a one-way 
alley for the purpose of relieving traffic congestion on High Street when the 
canning season opens at the Eugene Fruit Growers Association. In view of this 
information the Commission decided to proceed with the reconstruction of the 
Sixth Avenue-High Street intersection in conformity with plans previously ap- 
proved. The Engineer was thereupon authorized to spend an amount not to ex- 
ceed $5,000 for such purpose. 


The Commission considered the following requests for extensions of 
time within which to complete highway construction contracts: 


F. C. Feldschau and Son, contract No. 2371, for the Tillamook 
Rock Production Project on the Oregon Coast and Wilson River High- 
ways, in Tillamook County, requested an extension of time, from 
June 1, 1941, to January 10, 1942, within which to complete this 
job. They alleged that the original contract was completed within 
the specified time limit but they were required to furnish addition- 
al materials from time to time which work was paid for as a contract 
item, The Engineer advised that the reason given by the contractor 
for overrun of the time limit in connection with this contract is 
correct and recommended in view thereof that the extension of time 
requested be granted without penslty. The Commission approved the 
recommendation. 


Frank Watt Construction Company, contract No. 2494, for con- 
struction of a bridge over the North Fork of the Necanicum River on 
the Wolf Creek Highway, in Clatsop County, requested an extension 
of time, from January 31 to April 7, 1942, within which to complete 
this job. It alleged that its failure to complete the project with- 
in the specified time limit was due to difficulties ir. securing 
steel and in obtaining trucks to haul away the old biidge and clean 
up the site. The Engineer advised that the reasons given by the 
contractor for failure to complete the project within the specified 
time limit are correct, further, that highway traffic has not been in- 
terfered with nor inconvenienced on account of the delay in comple- 
tion of the job, neither has the state incurred any extra expense 
for engineering supervision. In view thereof, he recommended that 
the extension of time requested be granted without penalty. The 
Commission approved the recommendation. 


J. F. Johnston, contract No. 2525, for construction of a bridge 
over the Rogue River on the Salmon River Highway near Grand Ronde, 
Polk County, requested an extension of time, from January 31 to 
April 30, 1942, within which to complete this job. He attributed 
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Simply across a state highway and not along the highway was discussed by the 
Comuission. The Commission decided not to demand such deposit although the 
operators shall be required to furnish public liability and property damage 
insurance in the amounts required by the Public Utilities Commission, as a 
public protection. The Engineer was instructed to carefully watch the high- 
way at such points and, if he finds that the highway is being excessively 
damaged, to bill the logging operator for the cost of the repairs. 


The Engineer brought up for discussion the penalty to be imposed on 
log haulers who are operating under the new law which allows. 68,000 pounds rss 
load and who, upon having loads weighed,are found to be transporting loads in 
excess of 68,000 pounds but under 71,400 pounds, which is the five per cent 
tolerance allowed by the Commission. He advised that, under present ruling, 
PUC plates are not requested if the gross load does not exceed 71,400 pounds; 
however, citations are made to the Justices of the Peace for all gross loads 
in excess of 638,000 pounds. He recommended that these cases be not cited to 
the Justices if the overload is within the five per cent tolerance allowed by 
the Commission or unless the gross load exceeds by more than ten per cent the 
allowable gross load as determined by formula. The Commission approved the 
recommendation. 


The Secretary requested instructions as to the penalty to be imposed 
on log haulers for a fourth offense for overloading. The Commission decided 
that the penalty for the fourth offense shall be the same as for the first 
three offenses, which is four days' suspension of the permit under which they 
are operating. However, upon commitment of the fourth offense the operator 
is to be notified by letter that his permit will be cancelled in the event of 
a further violation. ° 
‘ 
Reconsideration was given by the Commission to the matter of main- 
taining the Gales Creek Road, in Washington County, as a temporary state high- 
way pending completion of the Wilson River Highway between Washburn and North 
Plains. The Commission voted unanimously to assume jurisdiction over this road 
during such period and thereupon signed an agreement with the Washington County 
Court pertaining thereto. (See agreement for details) 


The Commission considered and ordered filed the following communica- 
tions: 


Circular from W. ©. Markham, Secretary, American Association of 
State Highway Officials, re Senate Resolution 2208 covering emergency 
powers of Interstate Commerce Commission over motor and water carriers. 


Article from Engineering News-Record re "Construction Machinery 
Purchases to be Placed on A-1l Priority Basis by WPB." 


Resolution from City Council, Oakland, California, suggesting that 
the Pacific Highway be renamed MacArthur Boulevard in honor of General 
Douglas A. MacArthur. 


i! 


The Commission considered and signed agreements, et cetera, as 


follows: 


Agreement with Washington County relative to maintenance of 
the Gales Creek Road. 


Agreement with the City of Portland relative to the construc- 
tion and maintenance of a portion of North Burgard Street. 


Agreement with W. W. Harris covering hauling of logs across 
Van Duzer Corridor adjacent to the Salmon River Highway. 


" a Sanaa 


Agreement with the City of Portland and the Public Market Build- | 
ing Company relative to the construction of the Front Avenue Pro ject ite 
in front of the Public Market Building. ; > 

—-\ 


Agreement with the City of Hermiston relative to the maintenance 
of a city street that is not on a state highway route. 


Agreement with J. L. Wooden renewing the lease of property used i. 
as a highway maintenance headquarters in the town of Clatskanie. 


1 
Agreement with Eugene F. Hug, Sr., renewing the lease of prop- | 
erty used as a maintenance headquarters site in the city of Elgin. } 
} 
: 


Agreement with Hunt Livestock Company relative to the lease of 
a maintenance headquarters site at Maupin. 


Agreement with W. G. Hellier covering the sale of mineral de- 
posits on Port Orford Cedar State Park, in Curry County. 


Agreement with Benton County, Polk County, and the City of In- 
dependence relative to the maintenance of the Independence-Wells- 
Granger County Road. 


Easement granting to one Emil Duyck right and permission to 
enter upon certain state property adjacent to the Wolf Creek High- 
way in order to repair and maintain two drainage ditches located 
thereor, 


Sanne sie oe a eee 


Bargain and sale deed conveying unto Norman F, Berg, et al, 
1.03 acres of land in Columbia County. Real property files 8963 
and 9862-A. 


Bargain and sale deed conveying unto J. B. Johnson property 
situate in Lots 2, 3 and 4, Block 32, Coos Bay Plat "B" Addition / 
to North Bend, Coos County, being real property files 9522 and 9556. | 


Quitclaim deed conveying unto Vincent L. Moore 0.047 acre of 
land situate in the SE} of the NW: of Section 8, Township 11 South, 
Range 10, West, W. M., near Toledo, in Lincoln County. 


that 


his failure to complete the project within the specified time limit 
to inability to secure delivery of steel. The Engineer advised that 
the reason given by the contractor for failure to complete the proj- 
ect within the specified time limit is correct. He recommended that 
the extension of time requested be granted without penalty. The Conm- 
mission approved the recommendation. 


The Engineer reported that contracts Nos. 2494, 2540, 2546, 2558, 


and 2562, for the construction of state highway projects, have been completed 
according to the requirements of the contracts or modifications thereof, and 


said jobs are now ready for acceptance. The following resolution accept- 


ing the above projects was offered and was adopted by the unanimous vote of 
the Commission: 


WHDREAS, the Engineer has reported that the following 
State Highway Commission contracts for the construction of state 
highway projects have been completed according to the terms and 
provisions of the contracts and said jobs are now ready for ac- 
ceptance;: 


Contract No. 2494, with Frank Watt Construction Com- 
pany, for construction of a bridge over the North Fork Ne- 
canicum River on the Wolf Creek Highway, in Clatsop County. 
Completed April 6, 1942. 


Contract No. 2540, with Blair T. Alderman, for road- 
Side improvement on the Tigard Section of the Pacific High- 
way West, in Washington County. Completed April 1, 1942. 


Contract No. 2546, with A. H. Saxton & Son, for the 
Halsey Rock Production Project on the Pacific Highway East 
and Halsey-Sweet Home Secondary State Highway, in Linn 
County. Completed April 1, 1942. 


Contract No. 2558, with A. T. Fox, for construction 
of a shed for storage of highway maintenance equipment at 
Alsea, in Benton County. Completed April 6, 1942. 


Contract No. 2562, with A. T.. Fox, for construction 
of a shed for storage of highway maintenance equipment at 
Tillamook, in Tillamook County. Completed April 20, 1942. 


THEREFORE, BE IT RESOLVED that tne work covered by said 
state highway contracts for the construction of said state highway 
projects be declared completed according tp the terms of the res- 
pective contractg, and said jobs are hereby accepted and final pay- 
ment in connection with each is hereby authorized. 


Building No, 10067-A (Former owner C. \. Parker) 


J. 5S. Lydiard 

Herbert Hartle 

Kenneth Dodd 

Tru-iix Concrete Company 


Building to. 10067-B (Former owner C. M. Parker) 


Tru-Mix Concrete Company 
Kenneth Dodd 


Tract of Land (Former owner J. E. Sollis) 


Herbert Hartle 3200.00 
Tru-lix Concrete Company 125.00 
J. S. Lydiard 75.00 


The bids received were given very careful consideration. All were 
rejected except that submitted for Building No. 10067-A, formerly owned by 
C. M. Parker, which building was sold to J. S. Lydiard, Medford, the high bid- 
der, at his offer of 375.00. 


Mr. Kenneth Dodd of Eugene, one of the bidders, was present and dis- 
cussed matters pertaining to his bids, particularly that in connection with 
Building No. 10067-B, formerly owned by C, M. Parker. Mr. Dodd's offer was 
$21.00 for this building but he qualified it by stating that he would not 
accept it alone. Mr. Dodd requested a few days time within which to discuss 
the bid with his partner as there is a possibility that they will make a higher 
offer. The request was granted. 


The Attorney advised that Berke Brothers, contractors, are interested 
in the purchase of Building No. 10082, formerly owned by J. E. Sollis, and the 
tract of land on which the house is situate, in fact have offered, orally, to 
pay $1,500 for this property. He was instructed by Chairman Cabell to contact 
Berke Brothers and ascertain if they still want this property. He was author- 
ized to sell it to them for $1,500 if they want it. 


In regard to Building No. 10145, formerly owned by the Medford Cor- 
poration, on which no bids were received, Chairman Cabell decided that this 
building should be wrecked by the state's contractor as part of the highway 
project in Medford. 


Consideration, as follows, was next given to the bids received by 
the Commission on April 30 for the purchase of buildings at Eugene and North 
Bend, action on which was deferred by the Commission at that time: 


The matter of sale of Building No. 8787, in Eugene, formerly 
owned by Albert Larsen, was discussed with Lr. Dodd who submitted 
the only bid therefor at $25.00. The Commission rejected this bid, 
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The Commission discussed the setting of a date for its next regular 
meeting and decided to hold such meeting in Portland on Thursday, June 4, 1942, 
and to hold an interim meeting at a convenient date to be set later. (Special 


meeting held on May 7 in Portland. Interim meeting held on May 19 enroute 
Marshfield to Ashland.) 


There being no further business to come before the Commission at 
this time the meeting adjourned at 10:30 p. m 
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Portland, Oregon, May 7, 1942 


The State Highway Commission met in special session at 10:00 a. m. 
in Room 515, Imperial Room, of the Imperial Hotel. Present were; 


Henry F, Cabell, Chairman 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


Commissioners Huron W. Clough and Herman Oliver were excused from attending 
this meeting, having previously authorized Chairman Cabell te act for them in 
the disposal of building matters at Eugene, North Bend, and Medford, 


Bids, as follows, for the purchase of buildings anda tract of land 
at Ledford were opened and read in conformance with previously published no- 
tice: 


Building No. 10145 (Former owner Medford Corporation) 


pF 
ba 
E- he 
fi 
t 

bas 


iio Bids Received 


Building No. 10082 (Former owner J. E. Sollis) 


F. A. Spitzmiller $150.00 
Kenneth Dodd 102.00 
Allen M. Clark, Medford 80.00 
Tru-ifix Conerete Company 25.00 
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Highway. Mr. Radloff stated that their equipment is 50 feet overall in length 
but the tanks were constructed extra large so as to provide for the carrying 
of legal-weight loads in California which are greater than those allowed in the 
state of Oregon, and tie company wants authority to bring a few full capacity 
loads into this state, notwithstanding the excess weight, so as to help out 

in relieving thc present gasoline shortage. He particularly asked for the 
privilege of increasing the gross load of such equipment from 61,000 pounds 

to 64,400 pounds, which is represented by 380 gallons of gasoline. The Engi- 
neer pointed out that the existing Dillard Bridge over the Umpqua River is in 
bad state of repair and would not stand up under the excess load, although 
between that point and the California state line there Would be no objections 
to allowing the extra weight. He further stated that there are no objections 
to authorizing the extra weight on The Dalles-California Highway between the 
California state line and Bend, and over the Willamette Highway to Bugene, 
were it not for the fact that there is a very weak bridge on tle Willamette 
Highway a short distance east of Goshen. 


Mr. Radloff stated that it would help a lot if they were permitted 
to transport such loads over the Pacific Highway as far as Dillard Bridge, 
and over The Dalles-California Highway, and the Willamette Highway as far as 
the bridge east of Goshen; and, if granted such privilege, they would arrange 
some other route into Eugene and Junction City. The Engineer recommended the 
granting of a permit on such basis, provided the loads do not exceed those al- 
lowed by the formula W= 800 (L+40), wherein W represents the total gross weight 
in pounds, and L represents the distance in feet between the first and last 
axles of the vehicle or combination of vehicles; and by the formula 'Y = 675 
(+40) in case of group-axle spacing of 18 feet or less. Chairman Cabell ap- 
proved the recommendation and authorized the Secretary to issue permits in 
conformance therewith. 


Following this conference, the matter of inspection of the Plaza 
project in Ashland was discussed and it was decided to make such inspection 
on Tuesday, May 19, 1942. It was also decided to motor to Marshfield on May 
18, for a conference with the Chamber of Comnerce that evening, driving to 
Ashland on the following dav. 


The meeting was adjourned at 12:30 p. m. 


State Highway Engineer ai rman 
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whereupon Mr. Dodd made an oral offer of $40.00 for the same. The 
Attorney reported receipt of an oral offer of $75.00 from Ir. Larsen, 
the former owner of the building, and recomnended acceptance of such 
offer in the event that Mr. Larson is still willing to pay that much 
for it. Chairman Cabell aporoved the recommendation; however, auth- 
orized the sale of the building to Mr. Dodd at $40.00 in the event 
that Mr. Larsen does not want it. 


The following action was taken on the bids received for the purchase 
of the buildings in North Bend: 


All bids received for the purchase of Building No. 9532, formerly 
owned by Clara Bustrin; for Building No. 9559, formerly owned by R. L, 
Cavanaugh; for Building No. 9501, formerly owned by Ira L. and Grace E. 
Goodlin; for Building No. 9498, formerly owned by Cora Swanson Coyle; 
for Building No. 9499, formerly owned by John Sandine; and for Build- 
ing No. 9560, formerly ovmed by John H. Tewsley, were rejected and the 
Attorney was instructed to rent these buildings. He was authorized 
to make arrangements with a local realtor to handle the rentals. 


Building No. 9517, formerly owned by Nancy Jane Johnson:- This 
building was sold to Atwell T. Andres, North Bend, at his offer of 
940.00, 


Building No. 9491, formerly owmed by Coos Bay Longshoremen Bene- 
fit Association:- The bid of Kenneth Dodd, Eugene, at $21.00, which 
was the only bid received for this building, was accepted. However, 
Mir. Dodd was allowed the privilege of either taking the building or 
withdrawing his bid, in view of the fact that this is the only build- 
ing on which he was the successful bidder and he undoubtedly would 
lose money on the transaction if the Commission held him to his offer. 


The Engineer brought up for discussion the matter of sale of con- 
struction equipment that has been used on the Wolf Creek Highway WPA project. 
Ye advised that he has given this matter further study since the Commission 
authorized the sale of this equipment at the previous meeting and is now of 
the belief that it would be better to rent the equipment, and he so recom- 
mended. Chairman Cabell approved the reeommendation and authorized the ad- 
vertising of the equivment for rental at the next meeting. 


The question whether or not to allow log hauling on the Oregon 
Coast Highway between Cannon Beach and Wheeler was discussed and it was de- 
cided to permit such hauling under the standard rules and regulations not- 
withstanding that some of the loads may have to be transported through Arch 
Cave Tunnel, 


Messrs. C. A. Yancock and C. 4. Radloff, representing the Shell oil 
Company, were present and requested permission to transport tank trucks, con- 
taining gasoline and weighing in excess of the legal limits, over certain 
state highways enroute from California to Junction City, particularly over 
the Pacific Highway, and over The Dalles-California Highway and the Willamette 


A letter was also presented from the Jefferson County Chamber of 
Commerce, urging the surfacing of the newly constructed section of The Dalles- 
California Highway south of Madras, which improvement, in their estimation, 
is of vital importance in the defense effort. The Engineer was instructed to 
make such investigations as are necessary and to render a report at the next 
meeting on the cost involved, 


A request was presented from the City of Ontario for the oiling of 
one block on South First Avenue West between Oregon Street and West First 
Street, such work to be done this year when the state's oiling crew is improv- 
ing other city streets that are not on state highway routes. The city agrees 
to pay the costs involved which is estimated at about $715.00. The Engineer 
recommended approval of this project in view of the fact that the Commission 
previously approved it for state forces, in the event that the city could not 
arrange to have it done by one of the highway contractors working in that 
vicinity and it being unlikely that the Commission will undertake any conveni- 
ent contract work here this year on account of war restrictions. The Commis- 
sion approved the recommendation subject to the condition that the city will 
deposit in advance its certified check in the amount of she estimated cost of 
the work, 


The Commission discussed briefly and ordered filed a newspaper item 
from the Daily Journal of Sommerce, Portland, indicating that the United States 


Indian Service intends to proceed immediately with the improvement of the 
Sprague River County Road in Klamath County between the towns of Sprague River 
and Chiloquin, notwithstanding the inability of the State Highway Commission 
to cooperate in the improvement. 


The Engineer reported the necessity to place a 10-ton load limit on 
the Umatilla River Bridge at milepost 11.84 on the Hermiston Secondary Highway, 
in Umatilla County, which has been rendered unsafe for legal weight loads by 
heavy hauling to the army ammunition depot during the last few months. The 
Commission approved such reduction of load limit and thereuvon by unanimous 
vote adopted the following resolution in regard thereto: 


WHEREAS, the road or highway hereinafter named has been 
designated and declared to be and is a state highway and has been 
improved and is being maintained by the State Highway Commission, 
pursuant to the laws of the State of Oregon, as a state highway; 


AND WHEREAS, on the said state highway there is located 
a certain bridge structure, known as the "Umatilla River Bridge", 
which, in the judgment of the State Highway Commission, is incap- 
able of safely carrying the traffic to which it is being sub jected, 
and, in order to protect said bridge structure against damage and 
injury and in order to safeguard traffic over said bridge structure, 
it is deemed and is the judgment of the State Highway Commission 
and said Commission finds that it will be for the best interest of 
the said bridge structure and of the traffic which uses the said 
bridge structure that the maximum weights now permitted and author- 
ized by law be reduced; 
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Marshfield, Oregon, May 19, 1942 


The State Highway Commission disposed of the following matters en- 
route from Marshfield to Ashland. Present and participating in the discus- 
sions were: 


Senry F. Cabell, Chairman 

Huron W. Clough, Commissioner 

R. H. Baldock, State Highway Engineer 
H. B. Glaisyer, Secretary 


The Engineer reported the status of all construction jobs as of May 2, 
1942, civing information as to the type of work involved, the percentage of work 
completed, and the estimated date of completion. A typewritten list of the 
projects was given to each Commissioner. After discussion of the same, during 
which the question arose as to the plans of the contractors to complete their 
work, the Engineer was instructed to write each contractor and secure such in- 
formation. 


The Engineer also reported on the matter of allowing Mr. D. F. 
Woehnke to make certain improvements to the Alsea-Deadwood Secondary State 
Highway beyond the limits of the improved section, in order tn facilitate his 
logsing operations. He recalled that Mr. Moehnke appeared b:fore the Commis: 
sion at its meeting on March 19 and asked the Commission to construct a 1}- 
mile section of this road between Batdorf's place and the foot of Alsea Houn- 
tain, but the Commission denied the request because of the expense involved, 
whereupon Mr. Moehnke asked the privilege of improving this section with his 
own forces and equipment and at his own expense. He further stated that Mr. 
Moehnke was contacted by Division Engineer F. D. Eason who advises that Mr. 
Moehnke has evidently changed his mind with respect to paying for the work, 
and, whereas he is willing to furnish the equipment to carry on the work, he 
expects the state to pay the other costs which he estimated would amount to 
$1,000, The Commission refused to assume such expense; however, authorized 
the granting of a permit to Mr. Moehnke to do the work, provided he furnishes 
satisfactory public liability and property damage insurance as a protection 
to the public while the work is under way, 


A letter was presented from A. Z. Barnard, Condon, requesting the 
improvement of the Cottonwood Grade Section of the Wasco-Heppner Secondary 
State Highway in Gilliam County, so as to facilitate the truck hauling of 
wheat from Gilliam County to the Port of The Dalles by cutting down the mile- 
age of such hauling. lr. Barnard alleges that the improvement of the Cotton- 
wood Grade would reduce the mileage of the haul some 50 to 65 miles. The En- 
gineer estimated that it would cost about $772,000 to construct this road to 
proper standards between Condon and Wasco, approximately 45 miles. He pointed 
out that this highway is not on the strategic network and that under the rul- 
ing of the War Production Board the Commission is limited to an expenditure 
of $5,000 for work of this kind. In view of the circumstances, the Commission 
denied the request. 
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recommendation and ordered that the inatter be covered by appropriate agree- 
ment between the state and the county. 


The Engineer brought up for discussion the matter of performing jobs 
for counties and cities and particularly questioned the advisability of per- 
forming such work, notwithstanding that the work would be paid for by the 
counties and cities, in view of the difficulties in obtaining necessary mate- 
rials and supplies. He recommended that all of such work, other than the 
small city jobs that already have been approved by the Commission for constmic- 
tion this year, be deferred until the return of normal times. The Commissi.a 
approved the recommendation. 


The Commission discussed a letter from General Robert Lee Bobbitt, 
member of the Texas State Highway Department, and President of the Western 
Association of State Highway Officials, suggesting that the highway authori- 
ties in each state adopt a policy with respect to cooperating witr th War 
Production Board in its recent L+4l Order, which halted various construction 
activities; also advising that the Texas Highway Department has adopted such 
a resolution. The Engineer advised that he has given this matter serious 
thought and the policy adopted by the Texas Highway Department coincides ex- 
actly with his views. He read aloud a suggested press reiease for approval 
by the Commission, as follows: 


On April 9 the War Production Board issued order L-41 pro- 
hibiting starting any highway and street construction unless speci- 
fically approved by it as essential to the war effort. A few days 
ago a new order was sent out by the War Production Board permitting 
highway and street construction jobs to start provided the construc- 
tion does not require the use of steel and provided no priority 
rating for repair parts to equipment and for materials and tires is 
required to perform the work, The order further provides that the 
War Production Board may order suspension of the work at any time 
if in the judgment of the War Production Board the prosecution of 
the war requires more urgently the use elsewhere of the labor, mate- 
rials or construction machinery needed to com lete the road or street 
project previously authorized. 


In case priorities are required to secure materials, parts 
for equipment, or tires, the priorities may be granted if, in the 
opinion of the War Production Board, the proposed work is considered 
by the War Production Board to be essential to the war effort. 


Provision is made for the State Highway Department to 
serve as an agency of the War Production Board in the transmission 
of required monthly estimates of materials needed to complete all 
projects under way and carried on pursuant to this order not only 
for state highway work but also for road and strect projects carried 
on by the several counties and the municipalities of Oregon. 


At first glance it would appear that the bars are let 
down and any road or street work may proceed as in peacetime, but 
careful review of the order discloses the following features: 


sraur 


AND WHEREAS, the State Highway Commission has, after due in- 
vestigation, determined and found and it is the judgment of. the Com- 
mission that the maximum gross loads which shall be permitted upon 
any single span of the said structure at any time shall be reduced 
and fixed as in this order provided; 


NOW, THEREFORE, the premises being in part as above stated 
and the State Highway Commission having, as a result of due investi- 
gation, found that the bridge structure above referred to and here- 
inafter designated is incapable of safely sustaining or supporting a 
total gross load in excess of that specified hc reinbelow: 


IT IS HEREBY ORDERED, that the total gross weight of com- 
bined load and vehicle which at any one time shall be permitted upon 
any single or individual span of the said bridge structure shall not 
exceed the limits given and set forth hereinbelow, In computing the 
total weight of any single vehicle, the total gross weight of any 
trailer or trailers attached to said vehicle shall be considered as 
a component part of the total gross load and shall not be considered 
as a separate vehicle. This combined gross weight shall not exceed 
the limits given hereinbelow, to wit: 


HERMISTO! SECONDARY STATE HIGHWAY, No. 333, Umatilla County 
Milepost 11.84 Umatilla River Bridge 10 tons 


IT IS FURTHER ORDER®D, that these rules and regulations as 
made and found by the State Highway Commission under the provisions 
of Section 115-394, 0.C.L.A., shall be in full force and effect until 
rescinded, modified or revoked by order of the State Highway Commission. 


AND IT IS FURTHER ORDERED, that a notice be posted in a con- 
spicuous manner and place at each end of the above-named bridge struc- 
ture, so that said notice can be readily seen and read, which notice 
shall state plainly the limitations and prohibitions of the traffic 
hereby in this order determined and fixed. 


AND IT IS FURTHER ORDERED, that a certified copy of this 
resolution be furnished the County Clerk of Umatilla County, in which 
county the said bridge structure is located, and to the Superintend- 
ent of the Department of State Police for his information. 


In this connection the Engineer also reported that the county road 
leading from Hermiston to the ammunition dump and which was oiled by the state 
last year as a federal aid secondary highway project is in need of repair. He 
recommended, in view of the fact that Umatilla County is not in position to 
maintain the road and for the further reason that the road is carrying a large 
volume of state highway traffic, that it be maintained by the state at state 
expense for the duration of the war emergency. The Commission approved the 
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Board Order IL-4], being contract No. 2528, with Rogers Construction Company, 
for grading, surfacing and oiling the Diversion Canal-lfidland Overcrossing 
Section on the Midland Secondary Highway, in Klamath County; contract No. 
2552, with A. H. Saxton & Son, for grading, surfacing and oiling the Campbell 
Bridge-Hazeldale Section of the Farmington Secondary Highway, in Washington 
County; contract No. 2553, with Norris Brothers, for grading and topping the 
Porcupine Butte-Chichester Gulch Section of the Shaniko-Fossil Secondary High- 
way, in Wheeler County; contract lilo. 2555, with Rogers Construction Company, 
for grading, surfacing and oiling the South Unit, Enterprise-Forest Boundary 
Section of the Enterprise~Lewiston Highway, in Wallowa County; and contract 
No. 2556, with M. L. O'Neil and Son, for regrading, surfacing and oiling the 
Soda Mountain-Silvies Section of the John Day-Burns Highway, in Grant County. 
He particularly pointed out that the War Production Board's order has been 
amended so that it is now possible under certain conditions to proceed with 
the construction of such projects (Reference WPB Order L-41-600), although 
such authorization assigns no preference rating to delivery of materials and 
provides that the inability of the highway department to procure materials 
without priority assistance will not of itself be considered adequate grounds 
for the issuance of a preference rating. Furthermore, the War Production 
Board may, at any time, order cessation of the work if in its opinion the 
prosecution of the war requires more urgent use elsewhere of the labor, mate- 
rials and construction machinery that. are being employed on the project. 


The Commission decided, in view of this ruling, to leave it up to 
the contractors whether or not to proceed with their work, It was the thought 
of the Commission that the contractors would not wish to take a chance on se- 
curing a satisfactory preference rating and would prefer cancellation of the 
contract in each instance. The Engineer was instructed to contact the sever- 
al contractors relative thereto and to secure Commissioner Oliver's reaction 
to the plan. (The Engineer telephoned to Commissioner Oliver upon arrival in 
Ashland and secured his approval of the action taken by Chairman Cabell and 
Commissioner Clough.) 


A letter was presented from W. H. Lynch, District Engineer, Public 
Roads Administration, in which, among other things, Mr. Lynch requested the 
adoption of a 35-mile-per-hour speed limit on the Pacific Highway East at the 
Pudding River Bridge just north of Aurora. The Engineer recommended adoption 
of such speed limit. The Commission approved the recommendation and thereupon 
adopted the following resolution in regard thereto: 


WHEREAS, the State Highway Commission, pursuant to the 
provisions of Section 115-320, 0.C.L.A., as amerced by Chapter 458, 
Oregon Laws, 1941, has caused an engineering and traffic investiga- 
tion to be made with respect to certain state highways and/or cer- 
tain sections of state highways more particularly and completely 
described and set forth hereinafter; and 


WHEREAS, the data, facts and information obtained in con- 
nection with said investigation are all on file in the office of 
the State Highway Commission at Salem, Oregon; and 


1. The agency sponsoring the road or street project, be 
it federal, state, county or city, is given tle responsibility for 
the selection of such work as is actually needed and such work as 
will actually aid the war effort in the phase of transportation. 
Failure to act with discretion and good judgment will in all proba~ 
bility result in the loss of this authority. 


2. Very little work can actually be performed without the 
constructor having the necessary priority to secure repair parts for 
equipment, certain critical materials other than steel, and tires. 

To assume otherwise evidences "wistful thinking." In order to secure 
the necessary priorities and actually obtain the required materials, 
it is necessary to have the specific approval of the War Production 
Board and its certification that the work is essential to the war 
effort. This actually places the status of the work in practically 
the same category as the original order No. L-41 of April 9. 


Unquestionably this more recent order will cause a great 
deal of confusion and misunderstanding. The Commission firmly be- 
lieves, however, that it has a definite responsibility to conduct 
its work in such manner as to aid and to assist and not to detract 
from the very essential war effort of this country. Accordingly the 
Comitission proposes, in the expenditure of its own funds, to confine 
such expenditures to administration, to surveys and preparation of 
plans for post-war work, and to essential maintenance and restora- 
tion in order that the movement of goods and services for the war 
effort and civilian life may proceed with the minimum of delay and 
the maximum of economy in the use of equipment and tires. The Com- 
mission feels that there is a definite shortage of labor, materials 
and construction machinery and that road construction that is not 
essential to the war effort should be suspended for the duration and 
that only road projects which are essential to the war effort should 
be carried on at this time. The curtailment of the use of motor ve- 
hicular equipment, due to the tire and gasoline restrictions, will 
materially and drastically reduce the revenues accruing to the state 
highway fund and there will be little, if any, surplus for state con- 
struction, regardless of the above features. Therefore, the Highway 
Commission believes that it should promote only such road construc- 
tion projects as are considered to be essential to the war effort 
by the War Production Board, the Army or the Navy. Such construc- 
tion funds will in the main be federal funds and, of course, subject 
to the control of the federal authorities, including the War Produc- 
tion Board. 


After discussion of the same the Commission approved it by unanimous vote and 
instructed the Engineer to forward a copy of the same to each county court. 
He was also instructed to rearrange the statement in a few words for release 
to the press. A formal resolution outlining the Commission's policy is to be 
prepared and adopted by the Commission at its next regular meeting. 


of cancellation of five contracts which are affected by the War Production 


In this connection the Engineer brought up for discussion the matter 


rewrite the present policy with a 10 per cent reduction in the premium. 
Furthermore, he has agreed to revise the language so as to clarify an am- 
biguity in the present policy with respect to protection for which the state 
is paying. He suggests that the Commission renew the policy with Lloyd's, 
rather than to advertise the business for bids, in order to realize the 10 
per cent reduction in premium and to secure the clarification of the uncer- 
tainties, He also suggested, in view of the fact that it requires about 90 
days to effect the change, that the procedure be started at once to obtain a 
new policy, notwithstanding that the present policy will not expire until 
October. The company, he said, will give the state credit for the unearned 
portion of the premium paid for the old policy. The Commission approved the 
Attorney's recommendation and authorized the rewriting of the policy at once 
in Lloyd's London. 


The Secretary presented a resolution from the County Court of Klanm- 
ath County in which the county elects to maintain as a county road a portion 
of the Lost River Section of the Klamath Falls-Malin Highway, in Klamath County, 
which has been abandoned by the State Highway Commission in view of the fact 
that the highway has been reconstructed on other alignment. The Commission 
approved the resolution and ordered it filed. 


The Commission discussed a proposed agreement with Clatsop County 
relative to the maintenance of the Elsie-Jewell County Koad. This agreement 
was prepared to clarify jurisdiction over the road, which is now being used 
as a state highway detour, and provides that the road will be turned back to 
the county for maintenance when the Fishhawk Falls Secondary State Highway is 
constructed and open to public use. The Engineer advised that the county 
court objects to the clause which provides for the return of the road to the 
county upon completion of the secondary highway and wants this particular 
clause rewritten to read that "the road shall be maintained by the state until 
such time as the county court and the State Highway Commission jointly approve 
such dispostion of the road." The Commission considered that such change is 
inadvisable because it appears that the state would have to maintain the road 
indefinitely regardless of whether or not the Fishhawk Falls Secondary State 
Highway was available for public use, if the county refused to consent to as- 
sume such maintenance. The Engineer was instructed to rewrite the paragraph 
but to retain the privilege of the State Highway Commission to turn the road 
back to the county when the Fishhawk Falls Secondary State Highway has been 
constructed. 


The Commission adopted the following resolution confirming oral 
authority heretofore given, authorizing the hauling of logs over state high- 
ways during Saturday afternoons and Sundays: 


WHEREAS, because of the large volume of motor vehicle traf- 
fic which uses the public highways of the state on Saturdays and Sun- 
days it has been the adopted rule and policy of the Highway Commis- 
sion that all state highways shall on Saturday a‘‘ternoon and Sunday 
be kept free from log hauling; and 


WHEREAS, because of the national emergency which exists 
and the inadequacy of existing motor transportation to move logs 


WHEREAS, bacud upon said engineering and traffic investi- 
gation the Commission has determined that the fixed and designated 
speeds prescribed by the provisions of subsection (b) of said Sec- 
tion 115-320, 0.C.L.A., as amended, are in certain specified in- 
stances greater than is reasonable and safe and in other specified 
instances are less than is reasonable under the conditions found to 
exist upon or with respect to the state highways or sections of 
state highways hereinafter set forth and more particularly described 
and defined hereinafter, and the State Highway Commission has there- 
fore determined to designate a different speed thereupon than tie 
speed fixed in said statute, which said different speed or speeds 
shall be as specifically set forth hereinafter. 


NOW, THEREFORE, based upon said engineering and traffic in- 

, vestigation and upon the finding and determination made by the Com- 
mission with respect thereto, the Commission does hereby determine 
and does hereby order that within the meaning and purpose of said 
Section 115-320, 0.C.L.A., as amended, the speed at which a vehicle 
may be driven upon said state highway and/or upon said sections of 
said state highway shall not exceed the rate of speed set forth im- 
medi ately following. 


Name of highway: Pacific Highway East 
Highway number: 1E Route number: _ 99E 


Location of Termini Established Speed 
M. P. 25.73 to M. P. 26.54 :_35 miles per hour 


BE IT FURTHER ORDERED that the State Highway Engineer be and 
he hereby is ordered and directed to erect at appropriate places in 
sufficient number adequate signs giving notice of the particular appli- 
cable speed on said state highway. 


BE IT FURTHER ORDERED that any previous order heretofore 
made by the Commission with respect to speed or speeds applicable to 
any of the highways or sections of highways specified herein which 
is in conflict with the provisions of this order hereby is vacated 
and annulled. 


The Commission discussed a letter from the Attorney, Mr. Devers, 
with respect to the insurance to be furnished in connection with the agree- 
ment with the O.W.R.& N. Company, covering snow removal operations on the 
Upper Columbia River Highway adjacent to the railroad tracks. Mr. Devers 
pointed out that the present insurance expires in October of this year and 
that there has been considerable difficulty in getting any company to write 
the policy beeause of the severe burdens in the contract; however, Lloyd's 
London, which is represented by Hansen & Rowland Insurance Agency, has 
agreed to take the risk, in fact ir. Rowland of this company has offered to 


secured and stock-piled at several different places in this district. The 
Commission approved the Engineer's recommendation and discussed the matter 
with Mr. Borel from that standpoint at Coquille while inspecting the site. 


The Commission had under discussion the applications of the Bekins 
Moving & Storage Company and the Pacific Express Company for permission to 
operate over state highways trains of vehicles, consisting of truck tractor, 
semitrailer, and full trailer, 60 feet overall in length. The Engineer ad- 
vised that he knows of no reason why the request should not be granted if the 
several units track properly and if the brake equipment on the rear unit func- 
tions satisfactorily, so as to avoid the "jackknifing" of the combination. 
The trucks of the Pacific Express Company, he said, are equipped with air 
brakes throughout and he recommended the granting of a permit for the opera- 
tion of the equipment of this company on the highways of this state if the 
braking apparatus meets with the approval of the Highway Department's Master 
Mechanic. The Commission approved the recommendation and also authorized the 
granting of permits to other companies for like privilege if the equipment to 
be used is supplied with satisfactory air brakes. (Braking device was ap- 
proved by Master Mechanic later and permit granted. ) 


In this connection the Secretary was iuctructed to notify permittees 
that the privilege granted is of a temporary aature only, and may be cancelled 
at any time, so large investments in new equipment should not be made with the 
idea in mind that the privilege would be extended indefinitely. 


A letter was presented from County Judge C. D. Nickelsen, Hood River 
County, requesting additional construction work on the new Columbia Gorge High- 
way and urging the Commission to make strenuous attempts to secure federal ac- 
cess road moneys to finance the work. The Secretary was instructed to invite 
Judge Nickelsen to the next meeting of the Commission for a full discussion of 
this matter, inasmuch as an explanation as to the Commission's finances can be 
explained to him much better personally than by letter. 


A letter was presented from Norman G. Fuller, Real-Estate Project 
Manager for the United States War Department Army Engineers, Medford, trans- 
mitting deed forms for the purpose of conveying to the United States of Amer- 
ica title to a section of the Sams Valley Secondary State Highway, in Jackson 
County, which is contained within the boundaries of Camp White Army Cantonment, 
and for conveying unto the United States of America title to a certain stock- 
pile site situate within the same area. Mr. Fuller explained that the prop- 
erty is needed in connection with the proper functioning of the cantonment 
and to avoid accidents that might occur in the event that the road is left 
open for general public use. The Secretary recalled that the Commission, at 
a previous meeting, adopted a resolution authorizing the closing of the Sams 
Valley Secondary Highway through the cantonment area and that by such resolu- 
tion the War Department is given full charge of the highway and is authorized 
and required to erect and maintain proper and appropriate barricades at the 
termini of the section that is to be closed to public use. A certified copy 
of this resolution, he said, was sent to Major Bean who is in charge of the 
cantonment, which copy has been acknowledged by Major Bean, who advises that 
it suits their purposes satisfactorily. The Engineer advised that Mr. Fuller 


from forest to mill in sufficient quantity or volume to satisfy 
emergency needs, it is deemed in the interests of the State and Na- 
tion that the Commission modify its rule and policy with respect to 
log hauling on Saturday afternoons and Sundays. 


NO}, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
Highway Commission as follows: 


1. That for the duration of the present emergency trucks 
engaged in the transportation of logs will be permitted to use the 
state highways for such purpose on Saturday afternoons and Sundays; 
provided, however, that this rule of the Commission may be rescinded 
or modified with respect to any particular state highway or highways 
if and when conditions develop which warrant such change or modifica- 
tion. 


The matter of permitting log hauling to be carried on under the Com- 
mission's special war emergency transportation permit had the attention of the 
Commission. The Commission decided not to grant such privilege inasmuch as 
the emergency transportation permit was prepared particularly to cover the 
movement of out-of-state equipment over Oregon highways, involving loads 60 
feet overall in length and gross weights of 68,000 pounds, if provided with 
proper axle spacing, and was not intended to cover the truck hauling of logs, 
inasmuch as there is a special Oregon statute covering such movements. The 
Secretary was instructed to prepare an appropriate stamp to be affixed on 
each emergency permit, prohibiting the hauling of logs under the provisions 
thereof. 


The matter of penalizing log haulers for violation of the rules and 
regulations of their permits, other than for violations of the gress weight 
provisions, was discussed by the Commission. Action on the matter was deferred 
until the next meeting. The Secretary was instructed in the meantime to ascer- 
tain from the several companies that write insurance covering such movements 
whether or not they check up on their assured and what, if any, action they 
take against the assured if they find that the provisions of the permits under 
which the assured is operating are being violated. 


The Commission discussed a request from Mr. E. A. Borel, Purchasing 
Agent, R.F.C., Coquille, that the highway traffic scales now installed on the 
Coos Bay-Roseburg Highway, about three-fourths of a mile east of Coquille, be 
moved to a point near the north city limits of Coquille so as to facilitate 
the weighing of chrome ore which is to be stock-piled adjacent to the highway 
at this point. The Engineer recommended denial of the request because only 
very few loads of logs that have not already been weighed pass this point, and 
in his estimation if the scales are to be moved at all they should be moved to 
some other locality where there is a large volume of log hauling with no scales 
available to weigh the loads. He suggested that it would be advisable for 
the chrome interests to purchase their own portable scales which could be moved 
from one locality to another as occasion arose, inasmuch as the ore is being 
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A letter was presented from Morrow County Court in which the Commis- 
sion was requested to authorize one of the state's oiling crews to patch and 
otherwise repair the Ione-Beckner Section of the Ione-Gooseberry County Road, 
which was oiled by the state in the summer of 1941 and is now in need of at- 
tention. The request is made because Morrow County nas no oiling or patching 
equipment and is unable to purchase same, and the county agrees to pay for the 
work upon being billed for the same by the state, The Engineer advised that 
Morrow County made provision in its budget last fall to purchase equipment 
needed for patcning of oiled surfaces but has been unable to obtain the equip- 
ment due to priorities. He recommended approval of the county's request pro- 
vided the county will deposit with the Commission its certified check in the 
amount of the estimated cost of the work before the work is done. The Commis- 
sion approved the recommendation. 


The Commission discussed a request from the County Court of Deschutes 
County for the oiling of a 3.9-mile section of the Cline Falls Secondary State 
Highway and a 3.6-mile section of the Tumalo-Deschutes Secondary State Highway. 
The Commission expressed regrets that it cannot approve this request. The Sec- 
retary was instructed to convey such information to the county court and to 
advise the court further that the outlook for doing this work hefore the end 
of the war emergency is not very promising. 


Consideration was given to a request from Colonel Clifton lM. Irwin, 
C.A.C., Commanding, Office of the Harbor Defense, Fort Stevens, for the im- 
provement of the Fort Stevens Road between Warrenton and Fort Stevens Post, 
particularly two sections which are narrow and dangerous to travel, the first 
of which is just north of the Oregon Coast Highway where it skirts the city 
limits of Warrenton and the other begins at Alder Creek Bridge and ends at the 
entrance to Fort Stevens. The matter was referred to the Engineer for inves- 
tigation, it being the intention of the Commission to authorize the improve- 
ment for federal aid secondary highway funds if not too costly an undertaking. 


The Commission discussed and approved a request from City Engineer 
W. C. Clubb, Eugene, for a revision in the "stoo-signing" on Broadway Street, 
route of U. S. Highway 99, in Eugene. Mr. Clubb suggests that a stop sign be 
installed on Broadway at Pearl Street to stop both eastbound and westbound 
traffic on Broadway and that the stop sign be removed from Pearl Street per- 
mitting traffic to flow on Pearl Street without stopping. The Engineer was 
instructed to make changes in conformity therewith. 


The Commission arrived in Ashland at 5:00 p. m. and immediately 
conferred with the following city officials relative to the proposed improve- 
ment of the Pacific Highway at the Plaza Corner in Ashland: Mayor T. S. Wiley, 
R. EB. Koozer, councilman, and G. M. Green. Joint inspection of the project 
was made, during which the Engineer presented a phan for a temporary impreve- 
ment that would take care of the local situation until such tine as the Com- 
mission is able to do a permanent job. Such plan consists of demolition of 
all of the buildings involved exc2pt the Claycomb Garage near the north end 
of the project and three small bu.ldings next to the alley at the south cnd 
of the project, the filling in of the area vacated so it can be used for park- 
ing cars, construction of temoora’y wooden sidewalks and curbs and a traffic 
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has offered $45 for the stock pile site which, in his estimation, is not 
enough considering tnat the state paid $100 for it and also expended $75 in 
fencing the site; furthermore, it will be put to considerable expense in re- 
moving the materials that have been placed on the area. He Suggested, if the 
War Department is willing to accept an easement on the site for artillery 
range purposes during the present emergency, that the Commission grant the 
easement without cost, provided the Army will pay for moving the stock-piled 
materials to another site to be designated by the Highway Department outside 
of the cantonment area. On the other hand, if it is necessary that fee title 
be given, that the Commission convey the same to the Army for $175 under the 
same condition with respect to the moving of the stock-piled materials. 


The Commission considered, in view of Major Bean's letter accepting 
the resolution with respect to the closing of the highway, that it would not 
be necessary to deed the right of way to the government. 


As to the stock-pile site, the Commission approved the Engineer's 
Suggestion by unanimous vote and ordered that such information be transmitted 
to Mr. Fuller. 


The Engineer brought up for discussion General Orders Nos. 3, 4 and 
9 recently adopted by the Office of Defense Transportation, relative to the 
loading of trucks in order to conserve tires during the present war emergency. 
He pointed out that, if truckers are required to load their equipment in con- 
formity with such orders, it would not be possible for them to conform with 
the Oregon statutory requirements; furthermore, such loads would overstress 
highways and bridges and would probably cause failure so that eventually the 
trucking industry would be much worse off than it is at the present time. He 
suggested that the governmental authorities be urgently requested to revise 
these orders so as to conform with the legal weight requirements of this state 
which would not only preserve the highways for general public use and for the 
movement of army troops but would also conserve the equipment of the trucking 
industry. He read aloud a cony of a letter that he directed to Mr. John L. 
Rogers, Director, Division of Motor Transportation, Washington, D. C., and 
telegrams to Mr. Rogers and Mr. MacDonald, Commissioner of Public Roads, Wash- 
ington, D. C., requesting such changes, (See letter dated May 16 and tele- 
grams dated May 14, 1942, in general files) The Commission approved the same 
by unanimous vote and authorized the Engineer to follow up the matter in an 
endeavor to secure the desired results. 


The Commission discussed a letter from County Judge F, E, Gilkey, 
Lincoln County, requesting that truck owners be allowed the use of the Highway 
Department's scales near Newport for the weighing of trucks in connection with 
the securing of licenses. Judge Gilkey advised that the nearest comercial 
scale is located in Corvallis and truck owmers at Newport and Toledo now have 
to drive their equipment some 60 miles or more to have it weighed for licens- 
ing purposes, whereas, if tne Highway Commission would allow the use of the 
State's scalzs at Newport, this could be avoided and considerable saving in 
tires and gasoline would be realized, which is an important item during the 
present emergency. The Commission approved the request and referred the mat- 
ter to the Engineer to work out the details for handling the scales for this 
purpose. 


acceptance of the offer of Berke Brothers and the return of Mr. 
Lydiard's check. The Commission approved the recommendation. 


Building No. 10067-B, formerly owned by C. M. Parker:- The 
Assistant Attorney recalled that the Commission received two bids 
for this building on May 7, that of the Tru-Mix Concrete Company, 
Medford, being high at $25 and the other being that of Kenneth 
Dodd, Eugene, at $21, but the Commission rejected both of then; 
however, gave Mr. Dodd an opportunity to submit a special bid 
after consulting with his partner. He further stated that mr. Dodd 
has failed to submit a new proposal but an offer has been received 
from Mr. B. J. McPhee to pay $50 for the same. He recommended ac- 
ceptance of this bid. The Commission approved the recommendation 
and instructed the Secretary to return Mr. Dodd's deposits. 


The Commission discussed a request from the Farm Security Adminis- 
tration for approval of a resolution with respect to certain lands that the 
Commission is purchasing from A. L. Daugherty and wife as right of way for 
the improvement of the revised location of the Crater Lake Highway, in Jack- 
son County. The Assistant Attorney advised that this apparently is a legal 
requirement in connection with federal farm loans. The Commission there- 
upon by unanimous vote adopted the following resolution with respect thereto: 


WHEREAS, A. L. Daugherty and Lucille Daugherty, husband 
and wife, have executed a certain right-of-way deed covering lands 
in Jackson County, Oregon, in favor of the State of Oregon acting 
by and through its State Highway Commission; and, 


WHEREAS, the United States of America has executed a cer- 
tain subordination agreement subordinating its lien by virtue of a 
real estate mortgage upon the premises described in said deed to the 
interest of the State of Oregon by virtue of said right-of-way deed; 
and, 


WHEREAS, delivery of said deed and subordination agree- 
ment has been tendered to the State of Oregon and copies thereof 
were presented at the meeting of the State Highway Commission. 


NOW, THEREFORE, BE IT RESOLVED by the State Highway Com- 
mission of the State of Oregon that the said right-of-way deed be 
and hereby is in all respects accepted by the State Highway Commi s- 
sion for and on behalf of the State of Oregon; and, 


BE IT FURTHER RESOLVED, that in consideration of the de- 
livery of said instruments, the said State of Oregon, acting by and 
through its State tighway Commission, does hereby agree to be, and 
hereby is, bound by all of the conditions and covenants set forth 
therein. 
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island to guide traffic, and the oiling of the area between the present pave- 
ment and the new timber curb lines, The Engineer estimated that the street 
work could be done at a cost not to exceed $5,000, The delegation expressed 
its entire satisfaction with such an improvement thereupon the Commission au- 
thorized the Engineer to proceed with the same. 


The matter of demolition of the buildings was then discussed. Mayor 
Wiley advised that the city is in position to raze the buildings, in fact has 
already made tentative arrangements to proceed with the work upon approval of 
the State Highway Commission, and that the work will be done at no cost to the 
State except that the city would like to have the benefit of any salvage that 
might accrue.’ In this connection the Secretary presented a letter from R. E. 
Koozer, Acting Mayor, outlining the city's proposition in detail. (See letter 
dated May 6, directed to the State Highway Commission, in general files). The 
Engineer and the Assistant Attorney, who was present, both recommended accept- 
ance of the city's offer. The Commission approved the arrangement unanimously. 


The matter of disposal of the buildings next to the alley which are 
now occupied by the Postal Telegraph Company, G. H. Billings, and J. D. Mars, 
Was next discussed and it was decided to let the present occupants continue 
tenancy of the buildings at an agreed rental rate, which is to be decided later, 
until the property is needed for the highway improvement, 


The following matters were disposed of by the Commission in the city 
council chambers: 


Reconsideration was given to the sale of buildings in Medford 
for which bids were taken by the Commission at its meeting on May 7:- 
Building No. 10145, formerly owned by the Medford Corporation:= no 
bids were received by the Commission at the May 7 meeting for the purchase 
of this building and the Commission at that time ordered that it be turned 
over to the contractor on the highway improvement at Medford. The Assist- 
ant Attorney advised that the contractor doesn't want the building; how- 
ever, an offer has been received from a Mr. Johnson of Medford who has 
agreed to wreck the building and remove the debris without cost to the 
state if he can have the benefit of the salvage. The Commission approved 
the arrangement. 


Building No. 10082, formerly owned by J. E. Sollis:- It was re- 
called that the Commission rejected all bids received for this build- 
ing and ordered that the contractor, Berke Brothers, be contacted rela- 
tive to their previous oral offer to pay $1,500 for the building with 
the tract of land that was offered for sale at the same time. The As- 
sistant Attorney advised that the contractor was approached relative 
thereto and has agreed to pay $1,500 for the building and the tract 
of land provided the Commission also gives them Building No. 10067-A, 
formerly owned by C. M. Parker, He pointed out that the Commission 
sold Building No. 10067-A to J. S. Lydiard for $75, which was the high 
bid roceived on May 7; however, Mr. Lydiard has since changed his 
mind and is willing to relinquish his interest in favor of the con- 
trator if the Commission will return his bid deposit. He recommended 


was instructed to discuss the matter with Office Engineer S. H. Probert and 


have the agreement ready for execution by the Commission at its meeting on 
June 4, 1942, 


The Assistant Attorney requested authority to institute condemna- 
tion proceedings to acquire right of way needed for the construction of the 
Willamette Highway across lands owned by Frank A. Moore between Goshen and 
Pleasant Hill in Lane County. He recommended an offer of $4,250 in connec- 
tion therewith. After due consideration the Commission approved the offer 
and authorized such condemnation. The following resolution with respect 
thereto was adopted by the Commission unanimously: 


WHEREAS, the State Highway Commission is authorized to 
locate, relocate, construct, reconstruct, maintain, widen, straight- 
en, and otherwise improve state highways, both primary and secondary, 
and said Commission is also authorized to construct shops, equipment 
sheds, office buildings, maintenance sites, patrolmen accomodations, 
and snow fences, and is authorized to acquire quarry sites, gravel 
pits, storage sites, stockpile sites, weighing stations, and broad- 
casting stations, and is further authorized to develop, construct, 
improve, operate, and maintain parks, parking places, auto camps, 
camp sites, roadside development, recreational grounds or resorts, 
and other places of attraction and scenic value; and 


WHEREAS, said Highway Commission is authorized to acquire 
by purchase, agreement, donation, or by the exercise of the power 
of eminent domain real property, or any interest therein, necessary 
or deemed by the Highway Commission necessary for the accomplish- 
ment of any and all of the foregoing things; and 


WHEREAS, in the judgment of the Highway Commission the 
parcels of land hereinafter described are necessary for the specific 
and particular purposes hereinafter specifically set forth; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission as follows: 


1. That the Commission does hereby find and declare that 
the parcels of real property hereinafter described, owmed by Frank 
A. Moore and Opal F. Moore, are necessary for the accomplishment of 
the purposes hereinafter expressly and specifically set forth, which 
said real properties are described as follows, to wit: 


Parcel No. 1 


A parcel of land lying in the northeast quarter and 
the southeast quarter of Section 29 and in the southwest 
quarter of Section 28, Township 18 South, Range 2 West, 
W. M., Lane County, Oregon, and being a portion of the 
following described property: that tract of land which 
was conveyed by that certain deed to Frank A. Moore and 


The Commission discussed a request from the United States Bureau of 
Reclamation for a roadway easement in the Cove State Park, Jefferson County, 
which road is to be used in connection with the construction of a new unit to 
the power plant of the Pacific Power and Light Company situate at this place. 
A letter was presented from the State Parks Superintendent advising that the 
roadway will not injure the park, and recommending approval of the request. 
The Commission approved the recommendation and thereupon signed a "termination 
easement" conveying unto the United States of America the privilege requested. 


Mr. He L. Claycomb was present and discussed with the Comaission the 
matter of revising his service stetion which is located just north of his gar- 
age in conformity with the plans for the permanent improvement at the Plaza 
Corner. He stated that the service station will have to be moved back to fit 
the highway improvement and, while it is not absolutely necessary that this 
be done at the present time in view of the Commission's decision to defer the 
permanent improvement of the highway at this place, he would like to make con- 
siderable alterations in his property at this time in order to take advantage 
of special opportunities which have developed. He pointed out that the Commis- 
sion has agreed to pay him $2,500 to move the service station, and that the 
Commission now has the deed to the land, and asked the Commission to pay the 
consideration at this time so he can proceed with luis plans. The Assistant 
Attorney advised that such arrangement would be satisfactory except that the 
canopy on the service station would still project cover the highway. He esti- 
mated that it would cost not to exceed $200 to remove the canopy. Mr. Clay- 
comb agreed to remove it any time when the right of way is necessary for con- 
struction. After discussion the Commission approved payment to Mr. Claycomb, 
except approximately $200 which is to be withheld until the canopy has been 
removed and the right of way cleared. It was understood that, if Mr. Claycomb 
Goes not completely clear the right of way upon notice from the State Highway 
Commission, the Commission should have the right to do so without liability 
to Mr. Claycomb and should charge the cost thereof to Mr. Claycomb to be paid 
either direct or as a deduction of any future payments which might become due 
him under the total right-of-way settlement. The matter is to be covered by 
supplemental agreement between the Commission and Mr. Claycomb. 


The matter of authorizing the California Western States Life Insur- 
ance Company to furnish group life insurance to state highway department em- 
ployees was discussed, The Commission authorized acceptance of the plan pro- 
posed by the company for the furnishing of group insurance of the term type 
to hourly-rate employees only, subject to the following conditions: (i) that 
the terms of the agreement to be entered into with the Commission be as stated 
in the sample agreement previously furnished by the company; (2) that the 
agreement be made effective as of June 1, 1942, and that none of the insurance 
furnished thereunder be made effective prior to that date; (3) that the premi- 
um payments for coverage of a given month be deducted from the employee earn- 
ings of the same month, the deductions to be made at the regular pay-roll pay- 
ment dates for the earnings of that month; (4) that the certificate to be fur- 
nished the insured employee be the same as the sample certificate heretofore 
submitted by the company except that it have incorporated init the schedule 
of premium rates and the agreement provision reserving to the company the 
right to increase the premium rates under certain conditions. The Engineer 
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feet to Station 253+45.3 P. T.; thence South 62° 22! East 
254.7 feet to Station 256+00 and the easterly end of said 
strip of land. 


2. The Commission does hereby further find and declare 
that the above described Parcel No. 1 is necessary and is required 
for right of way purposes in connection with the construction of 
said highway, and that the above described Parcel No. 2 is needed 
and is required for an easement for the construction of a temporary 
detour road for the accommodation of traffic while the new highway 
is under construction and until the same is made available for pub- 
lic highway travel. After said new highway has been completed and 
is thrown open to public traffic the said easement shall terminate 
and the road constructed over the land covered by said easement may 
and shall remain as a service road for the use and benefit of the 
owner of the property. 


3. That the State Highway Engineer be and he hereby is 
instructed and directed to make or cause to be made all surveys 
necessary in connection with the determination, description, and 
acquisition of said real properties, and said Engineer is further 
instructed to prepare and submit to the Legal Department necessary 
and adequate descriptions of the said real properties, which said 
descriptions shall be available for the preparation of any deed or 
other instrument necessary to complete the acquisition of said prop- 
erties, whether said properties be acquired by purchase, donation, 
agreement, or by the exercise of the power of eminent domain. 


4. That J. M. Devers, Attorney for the State Highway 
Commission, be and he is hereby requested, authorized, and directed 
to attempt to agree with the owners and/or with the tenants or per- 
sons in possession, if there be any, of said parcels of land with 
respect to the compensation to be paid for the taking of the same 
and the damage, if there be any, and in the event that no satisfac- 
tory agreement can be reached, then it is hereby further resolved 
that J. M. Devers, Attorney for the State Highway Commission, be 
and he hereby is requested to commence and prosecute to a final 
determination such suit or action as may be necessary and appropri- 
ate to acquire title to the said premises and all rights therein 
for the purposes herein stated. 


5. That this resolution be entered in full in the min- 
utes and records of this Commission. 


The Commission set Thursday, June 4, and Thursday,- June 25, as dates 
for its next two regular meetings for the receiving of bids, and instructed 
the Secretary to make the usual arrangements to hold such meetings in the 
auditorium of the Public Service Building, Portland. 


Opal F. Moore recorded in Book 131, Page 485, of Lane County 
Record of Deeds; the said parcel being all that portion of the 
foregoing described property included in a strip of land 70 
feet in width, on the northerly side of the center line of the 
Willamette Highway as said highway has been relocated over and 
across or adjacent to the said property; the location of the 
said strip of lami (in so far as it encroaches upon said prop- 
erty) being determined by the said center line from Station 
235+58.1 to Station 259+27.9, which portion of center line is 
described as follows; 


Beginning at a point which is Engineer's center line Sta- 
tion 235+58.1, opposite and 70 feet distant from which point 
the northerly line of the said strip of land intersects the 
west line of the M. Shelly D.L.C. No. 76y said point being 627 
feet north and 22 feet west of the northwest corner of the Wn. 
Bristow D.L.C. No. 77, Township 14 South, Range 2 West, W. M.; 
thence South 59° 59' East a distance of 1060.5 feet; thence on 
a@ spiral curve left (the long chord of which spiral bears South 
60° 11' 30" Bast 250.0 feet) a distance of 250 feet; thence 
along the are of an 11,459.2 foot radius curve left (the long 
chord of which curve bears South 61° 10! 30" East 226.66 feet) 
a distance of 226.67 feet; thence along the are of a spiral 
curve left (the long chord of which curve bears South 62° 09' 30" 
East 250.0 feet) a distance of 250.0 feet; thence South 62° 22! 
East a distance of 582.60 feet to center line station 259+27.9, 
at which station the said highway center line intersects the 
east line of said property. 


The parcel of land to which this description applies con- 
tains 3.75 acres, of which 1.86 acres lie within the existing 
right of way, title to which hereby is acknowledged to be in 
the public, and 1.89 acres lie outside of the existing right 
of way. 


Parcel No. 2 


A parcel of land lying in Sections 28 and 29, Township 18 
South, Range 2 West, W. M., Lane County, Oregon, the said parcel 
being a strip of land 20 feet in width for detour road and lying 
northerly of and parallel to the northerly line of the proposed 
right of way of the Willamette Highway, the northerly line of 
which strip is 90 feet north of and parallel to the following 
described center line of said highway: 


Beginning at Engineer's Station 239+65; said station being 
425 feet north and 325 feet east of the southwest corner of D.L.C. 
No. 76; thence South 59° 59' East 653.6 feet to Station 246+18.6 
P. S.; thence on a spiral curve left 250 feet to Station 248+68.6 
P.S.C.; thence on an 11,459.2 foot radius curve left 226.7 feet 
to Station 250+95.3 P.C.S.; thence on a spiral curve left 250 
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Portland, Oregon, June 3, 1942 


The State Highway Comission met in regular session at 8:00 p. m. in 
room 234, Imperial Hotel. Present were: 


Henry F. Cabell, Chairman 

Herman Oliver, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


Also present were W. H. Lynch, District Engineer, and T. M. Davis, Senior 
"ighway Engineer, of the Public Roads Administration. Commissioner Clough 
was excused from attending this meeting. 


The Attorney requested authority to purchase certain parcels of 
redl property that are needed for various highway improvements. le submitted 
a list of such properties, together with offers that he recommended be made 
in connection with each. After careful consideration the Commission approved 
the request and thereupon by unanimous vote adopted the following resolution 
relative thereto: 


WHE » in connection with the further improvement of the 
highways hereinafter designated, it is and has been necessary to ac- 
quire property for right of way, quarry sites, gravel or other mate- 
rial sites, or sites for the storage of materials, as hereinafter 
more definitely set forth, and 


WHEREAS, as a result of negotiations carried on with the 
owners of the property required, options have been obtained, which 
options have been considered by the Commission, outlining the bases 
of settlement which have been agreed upon, and 


WHEREAS, it is the judgment of the Commission that the 
said options should be approved and accepted, and/or the said re- 
ports be declared acceptable to the State Highway Commission as 
bases of settlement for the properties involved, and that the ac- 
quisition of the properties should be completed: 


NOW, THEREFORE, BE IT RESOLVED that the several offers, 
or bases of settlement hereinafter enumerated be, and the same hereby 
are approved and accepted, and that the Attorney for the State High- 
way Commission be, and he hereby is instructed to complete the ac- 
quisition of the said properties and to take title thereto in the 
name of the State of Oregon. The said properties hereby ordered 
and authorized to be acquired are as follows: 


Section, Hwy., anc Owner Purpose Acres Approximate Amounts Agent 


Clackanas County-Mt. Hood Hishway 
U. S. Government Park 120.0 Annual rental $75.60 3oardman 


as required by lease 
from governnent 


The Commission considered and Signed agreements, et cetera, as fol- 


lows: 


Agreement with the City of Forest Grove relative to the main- 
tenance of certain city streets over which is temporarily being 
routed Wilson River Highway traffic. 

Agreement with the City of Lakeview providing for the mainten- 
ance of certain city streets that are not on state highway routes. 


Agreement with Sweet Home Warehouse Company providing for the 
renewal of a lease for the Sweet Home maintenance headquarters. 


Agreement with A. T. Bolan and wife providing for the lease of 
a maintenance headquarters site at Seaside. 


Modification of lease agreement with Syneva Lindberg relative 
to the Port Orford maintenance headquarters site. 


- Agreement with the Great Northern Railway Company covering the 


reconstruction of the railway company's overpass on the Klamath Falls- 
Malin Highway east of Merrill. 


Agreement with radio station KOAC providing for contribution of 
$1500 of state highway funds to assist in financing of the “Oregon 
on Parade" program during the summer of 1942. 


Agreement with Crook County relative to the oiling of 0.7-mile 
section of the county road known as Hardin County Road from its junc- 


tion with the Ochoco Highway, about one-half mile east of Prineville, 
southerly about 0.7 mile. 


Agreement with Deschutes County relative to the construction of 
a portion of the Terrebonne-Lower Bridge Federal Aid Secondary Highway. 


Petition for the exclusion of state property from the Rogue River 
Valley Irrigation District so as to avoid payment of annual fees and 
assessments. 


There being no further business to come before the Commission at 
this time the meeting was declared adjourned at 6:15 p. m. 


PP o OO 
State Highway Engineer Chairman 
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Secretary Vi“ Comnissioner 


Section, Hivy., and Owner Purpose A Approximate Amounts Agent 


Berger Ranch-bames Road Séction, Wolf 
10253-Haranis, thomas and 
Tom Marikis R/T . $450 per a. + f1.50 Landon 
9650-Towmsend, Frances kh. " 0 $500 per a.) plus " 
} y300 per a.) #90 plus 

moving building 

(Est. 9350) 
5195-Rasmussen, Caroline sd 258 #150 per a. + gill 


Oregon Shipyard-Yolumbia Boulevard Section, Oregon Shi Bldg. 
10399-Oregon—Yashington 5; 1,000 sq.ft. 1 ft. 
Pythian Home 
10394-Johnson, Felix 5,000 dé. 
10396-Hogg, James < 
10401-Dawson, Dora A. ft. 
10404-Gathright, Bessie M. ft. 
10405-Carpenter, C. C. (St. ft. 
Johns Investment Co.) 
10391-Lindow, Albert 2¢ + per foot or al 
10402-Trembath, Richard H. 2¢ sq. ft. + 9130 
10400-Jacobson, Amelia G. 2¢ sq. ft. + 5 
10412-Wm. Gatton Estate R/V and ' 2¢ sq. ft. + 328 
Company Dasement 
10406-Pinkston, Harvey R. R/W 3 if sq. ft. + 968.48 
10403-Rogers, Ellen Barry 4é sq. ft. + ¥50 
and Chas. Pinkston 
10397-Strom, John, Estate 2¢é sq. ft. 
10395-Stringer, Otis B 2¢ + 8a. ft. + 3472 
10389-Mason, Merta J. $600 per acre, + 368, 
+ mov. bldgs. (Estd. 
2600) 
10388-First Natl. Bank of 3600 per a. + ¥100 
Portland (Portland 
Savings & Trust Co.) 
10387-Bonneville Substation ‘ ape iy to use GRATIS 
+ 925 


Newport-Waldport Section, Oregon Coast Ba 
10384-Davis, Harold B. Park 2.87 $275 LUMP SUM 


Lincoln County Line-Ten Mile Section, Oregon Coast Hi 


298-Stonefield, Geo. P. Stock Pile 0.55 2 yr. foes at 335 
per year 


North Bend Section, Oregon Coast Highway 
10275-Southern Pacific Co. Storage l yr. lease at 3 


Lease per month 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Josephine County, Redwood Hi ghway 


U. S. Government Park 2.0 Annual Rental 36.83 Boardman 
as required by lease 
from government 


Lane County, Siuslaw Highway 
U. S. Government Park 206.0 Annual rental $220.20 Boardman 


as required by lease 


from government 
Douglas County, Um Hi 


U. S. Government Park 200.0 Annual rental $187.25 Boardman 
as required by lease 
from government 


Marion County,°ilver Creek Falls Park 


U. S. Government Park 200.0 Annual rental $35 as Boardman 
required by lease from 
government 


Jackson County, Crater Lake Highway 


U. S. Government Park 320.0 Annual rental $166.98 Boardman 
as required by lease 
from government 


Triangle Lake Section, Siuslaw Highway 


P-190-U. S. Government Park 120.0 $55 per year - 1 yr. Boardman 
lease 


Loon Lake Park Section, Umpqua Highway 
P-ly1-U. S. Government Park 51.51 $6.44 per yr. - 1 yr. 


lease Boardman 


Camas Mt. Section, Coos Bay-Roseburg Highwa 
P-60-U. S. Government Park TONG) $127.50 per year - Boardman 


1 year lease 


Klamath County Section,Klamath Falls-Lakeview Highway 
P-188-U. S. Government Park 80.0 $10 per year - Boardman 


1 year lease 


Fishhawk Falls-Ranger Station Section, Wolf Creek-Nehalem Highwa 

10046-Nehalem Investment Co. R/W 6.70 $1.00 LUMP SUM McChesney 
Sunset Tunnel-Buxton Section, Wolf Creek Highwa 

5225A-Boos, E. J. R 0.87 $25 LUMP SUM Collins 


Vadis-Gardner Ranch Section, Wolf Creek Highwa 
6557-Emrick, Charles Estate R/W 3.65 $100 per a. + $135 Collins 


Wolf Creek Highwa 
1.12 $250 per a. + $37.50 Landon 


Berger Ranch-Barnes Road Section 
5207-Lundgren, John, et al., 
(Estate) 


etn 3 1242 


Section, Hwy., and Owner 


on . 
9718-Morehouse, Dorothea 
Cogswell 


10268-Bennett, Beulah, & 
Nita E. Scott 


10269-Lister, Charles R. 
10266-Reed, Dame Lyons 


10265-Smith, Albert M. (Est. 
10270-Widener, Wm. H. 


10272-Balkovic, Michael & A. 
Balkovic 


9706-Holloway, Wesley E. 
(Correction 


10108-Davenport, B. C. 
(Correction) 
* 10349-Henzler, H. M. 


10381-Broders, Fred 


10093-Taylor, Elsie 


Purpose Acres 


: R/W 3.69 


R/W 
R/W 


R/W 


) RW 
R/W 


0.96 


R/W 8,470 sq.ft. 


0.52 


Stock 1.01 


Pile 


R/W 41 sq.ft. 


R/W 0.027 


Approximate Amounts 


Agent 


at $100 per acre, + 

$297.55; $73.80 to be 
deducted if crop har- 

vested before construc- 

tion starts Gardiner 


at $100 per acre, + 
$64.75; $11 to be deducted 
if crop harvested before 
construction starts " 
at $100 per acre, + $84.35; 
$15.60 to be deducted if 
crop harvested before con- 
struction starts Gardiner 
at $100 per acre, + 
$138.85; $27.60 to be 
deducted if crop harvested 
before construction starts 
at $100 per acre, + $20 

at $100 per acre, + 
$222.60; $42.60 to be 
deducted if crop harvested 
before construction starts 


at $100 per acre, + 
$101.70; $19.20 to be de- 
ducted if crop harvested 
before construction starts 
at 3¢ sq.ft. 


at $200 per acre, + 


$1,086 Gardiner 


Lump Sum - $125 Gardiner 


at $1.22 per sq.ft. Gardiner 


at $1,000 per acre, + 
$300, + moving service 
station (Estd. $1450) Parker 


Section, Hwy., and Ower Purpose Acres Approximate Amounts Agent 


City of Independence sectioa, Inderendence Highway 


9903-Independence, Cit of Stock 0.42 5 year lease, at $10 Benson 
Pile per year 
S = 117 j ¥ i fin 
10284-Conger, Martin I. R/W 0.46 at $100 per acre, + 
: $102.60 Parker 
10283-Flickinger, Alfred & G. R/W 0.05 at $600 per acre, + 
$39 " 
10330-Conkey, Earl E. R/W 0.05 at 500 per acre, + 
$5.00 ’ 
10366-Falk, F. W. & Travelers R/W 8.23 at $75 per acre, + 
Insurance Company $685 Benson 
10363-Sparks, C. W. R/W 0.48 at $100 per acre, + 
$33.00 m 
10362-Niest, Mary H. R/W 12.16 at $100 per acre 
$3.37 at $40 per acre, + 
20.53 $589.70 s 
10350-Keeney, E. N. R/W 0.234 at $550 per acre, + 


$136.50, + moving 
buildings (Estd. 


$2,000) Parker 
10359-Smith, Sarah H. R/W 6.67 at $100 per acre, + 
$908.40 Benson 
10360-Fuller, Willian Ss. R/V 0.08 at $100 per acre, + 
$24.75, + $7.50 " 
10361-Hill, Verda F. R/W 5.96 at $100 per acre, + 
$308.20 " 
10353-Van Loon, J. L. R/W 6.74 at $100 per acre, + 
$1015.50 Parker 
10356-Nelson, Harry A. R/W 2.9 at $100 per acre, + 
: $1157.50 " 
10358-Sullivan, Henry R/W 6.04 at $100 per acre, + 
$1,300.80 " 
10352-Smith, Mary R/W 17.34 at $100 per acre 
1.44 at $500 per acre, + 
18.78 $1,302 " 
he I 
9L75—h Union Central Life 
Insurance Company R/W 0.15 Lump Sum - $25.00 Witt 
9483-A K. T. Tuv and Heltzel R/W 2.0 at $100 per acre, + 
Estate Inc. $300 se 


at $250 per acre Witt 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Quartz Mountain-Drews Valley Section, Klamath Falls-Lakeview Hwy. 
7889-A Oregon Land & R/W at $3.00 per acre 


Livestock Company at $10.00 ver acre, + 
fencing Cozad 


John Day River-Quinton Section, Columbia River Highway 
10306-McClaskey, J. E. at $3.00 per acre 

at $5.00 per acre, + 

$50, + fencing Cozad 


Paksr sects tet R Co. Storage 5 yr.lease $5.00 per year DeSouza 


Site 


Prairie City Section, John Day Highway 
10327-Grant County Bank of Gravel 5 year lease at 23¢ cu.yd. Van Scoy 
P 


lan 


10420-Peterson, Louis G. at 21¢ minus sq.ft. McCallister 
10421-Grace, Charles T. R/W 7700 sq-ft. at 21¢ sq.ft., + 
$1083 " 


In connection with the above Mr. Lynch approved the settlements for 
properties needed for access roac improvements, it being understood thet the 
properties would not be purchased unless the contracts for the road improve- 
ments, for which bids are to be taken on the following day, are awarded. 


Also, in connection with such list of properties, the Steve Parks 
Superintendent, Mr. S. H. Boardman, who was present, advised that, as previous- 
ly instructed by the Commission, he has made an endeavor to purchase outright 
Camas Mountain State Park adjacent to the Coos Bay-Roseburg Highway, in Douglas 
County, which property is now under lease from the Federal Government. Accord- 
ing to the lease, he said, the state has the prerogative to purchase the 
property if it so desires, before the expiration of the lease; however, the 
federal authorities now rule that the state cannot purchase it outright. He 
suggested, as an alternative, that an arrangement be made with Douglas County 
to acquire the property by exchange for comparable county property, then the 
state can negotiate with the county for acquisition of the area. The Commission 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


8985-8985-A Lowery, C. R. R/W 3.94 at $125 per acre 
and H. L. Edmunson Gravel Pit 3,85 at $100 per acre, + 


(Correction) 7.79 $3,602.50, + drill- 
ing well (Estd. $200) Benson 
9004-Brown, Robert P. R/W 0.33 at $100 per acre, + 
(Correction) $3,017 " 
8991-Stafford, Lloyd E. R/W 2.415 at $125 per acre, + 


$3,296, + drilling 
well. (Estd. $200) ad 


Scottsburg Section, Umpqua Highway 
4521-A Douglas County Gravel 2.98 GRATIS Cutler 
Bar 


Central Point Section, Pacific Highway 
10186-Southern Pacific Co. Storage 35,420 sq.ft. $0.031+ per sq.ft. DeSouza 


Medford Section, Pacific Highway 

10414-Baker, Clarence A. R/W 500 sq.ft. at 24 sq.ft. Witt 

10415-Haas, Dan F. R/W 1000 sq.ft. at 2¢ sq.ft. " 

10418-Albertz, Laura L. R/W 500 sq.ft. at 2¢ sq.ft., + $5 u 

10170-Medford, City of R/W Easement through one lot -Gratis 

10417-Bynum, Jesse B. R/W 500 sq.ft. at 2¢ sq.ft. " 

Owens ee djand Road on amath Falls-Lakeview Highwe 

9594-Ferrari, Frank RAW Land 2453 sq.ft. Gratis, + $1500 Cozad 
(Correction) 

9626-Hunt, William R/W Land 650 sq.ft. Gratis, + $725, 


(Correction) + lands to be deeded 
by State (Consideration, 
or price of lot $200) " 


9625-DeYoung, Walter and R/W Land 520 Gratis, + $765, + lands 
Mabel (Correction) sq.ft. to be deeded by the 
State (price of land 
$200) * 
9631-Badorek, W. R/W Land 572 Gratis, + $1,075 " 
(Correctign) sq.ft. 
9612-Morosin, G. R/W Land 645 Gratis, + $660, + 
(Correction) sq.ft. lands to be deeded 


by the State (Value $500) " 


Keno-Klamath Falls Section, Green Springs Highway 
10329-Holliday, C. L., Jr. Quarry 1.20 at $83.33 per acre Chandler 
Site 
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Eile to. Name ui Recommended Offer 
10390 Fritz Bikjan $ 500.00 


10392 Peter J. Lyski 3000.00 
10393 Marie Mullen, et al E 200.00 
10398 Jessie I. Gentzkow 1450.00 
10407 Leland Field Maybach, et al 625.00 
10419 Clifford L. Dye 10.00 


9527 J. D. Bergen R/W 15,000.00 


After careful consideration the Commission approved the offers and by unan- 
imous vote adopted the following resolution in regard thereto: 


WHEREAS, the State Highway Commission is authorized to lo- 
cate, relocate, construct, reconstruct, maintain, widen, straighten, 
and otherwise improve state highways, both primary and secondary, and 
said Commission is also authorized to construct shops, equipment sheds, 
office buildings, maintenance sites, patrolmen accommodations, and 
snow fences, and is avtnorized to acquire quarry sites, gravel pits, 
storage sites, stockpile sites, weighing stations, and broadcasting 
stations, and is further authorized to develop, construct, improve, 
operate, and maintain parks, yarking places, auto camps, camp sites, 
roadside development, recreational grounds or resorts, and other places 
of attraction and scenic value; and 


WHEREAS, said Highway Commission is authorized to acquire 
by purchase, agreement, donation, or by the exercise of the power of 
eminent domain real property, or any interest therein, necessary or 
deemed by the Highway Commission necessary for the accomplishment of 
any and all of the foregoing things; and 


WHEREAS, in the judgment of the Highway Commission the 
several tracts or parcels of land hereinafter described are each and 
ell necessary for the specific and particular purposes hereinafter 
specifically set forth; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission es follows: 


1. That the Commission does hereby find and declare that 
the several parcels of real property hereinafter described are each 
and all necessary for the accomplishment of the purposes hereinafter 
expressly and specifically set forth, which said real properties and 
the specific purposes for which the same are being acquired are de- 
scribed as follows, to wit: 


Real property owned by The Prudential Insurance Company 
of America, a corporation, which property is located in the 


southwest quarter (Siz) of Section 31, Township 8 South, 
Range 4 “lest, W. M., in Polk County, Oregon, and is more 


ee 
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approved such arrangement and instructed the Parks Superintendent to follow 

the matter through, not only with respect to this parcel but also with respect 
to other park properties that are in the same category. The Commission approved 
the payment of the lease amounts for another year but decided not to purchase 
outright any of the park areas from the government until the war is over. 


The Attorney brought up for discussion the matter of acquiring right 
of way needed for the Swan Island and North Portland Access Roads across prop- 
erties owed by the City of Portland and Multnomah County. He advised that the 
city has stated its willingness to donate right of way across the city-owned 
property but the county has indicated a reluctance to do so and it may be neces- 
sary to pey the county about $1,000 for its land. The Attorney was instructed 
to contact the Board of County Commissioners again relative to the matter and, 
if possible, secure this right of way free of cost. (The Attorney reported 
later in the session that the county will donate the right of way 


The Engineer requested approval of a change in the plans for the im- 
provement of the intersection at Sixth and High Streets, Bugene, which improve- 
ment is needed to facilitate the movement of traffic to the Eugene Fruitgrowers 
Cannery. He advised that the original plan included acquisition of additional 
right of way which would have cost the state approximately $3500 but such ex- 
pense can be avoided under the new plan which reduces the area required for 
right of way although it involves the cutting back of the curbs on both sides 
of High Street for one block north of Sixth Street and for a distance of one 
block on the north side of Sixth Street west of High Street. The estimated 
cost of the entire project, he said, will still be within the $5000 heretofore 
approved by the Commission for this work. The Commission approved the revised 
plan subject to the condition that it is satisfactory with the city officials. 


The Attorney requested authority to institute condemnation :roceedings 
to acquire certain parcels of real property that are needed for varivus highway 
improvements throughout the state. He submitted a list of such properties to- 
gether with offers that he recommended be made for each in condemnation, as fol- 


lows: 
Eile Nos Name Purpose Required Recommended Offer 
10354 Prudential Insurance Company 

of America $ 650.00 
10355 George L. Fullington 1500.00 
10357 Prudential Insurance Company 

of America 650.00 


(Amount of offer to be fixed 
by Mr. Devers and Mr. Cabell 
after further investigation) 


650.00 


10365 A. F. Elkins 


2 32 35 


10386 Electro Metallurgical Company 


28, inclusive, Block 30, East St. Johns Addition to Portland, 
in Multnomah County, Oregon, and is more particularly de- 
scribed on the attached sheets and designated as Parcels 
Nos. 8 and 9 and is further identified in the records of 

the Highway Commission as file R 10390, and which property 
is being acquired for right of way purposes in connection 
with the North Portland Shipyard Access Road; * 


Real property owmed by Peter J. Lyski, which property 
is located in Lots 18, 19, 20, and 21, Block 32, East St. 
Johns Addition to Portland, in Multnomah County, Oregon, 
and is more particulerly described on the attached sheets 
and designated as Parcel No. 10 and is further identified 
in the records of the Highway Commission as file R 10392, 
and which property is being acquired for right of way pur- 
= connection with the North Portland Shipyard Access 
Road; 


Real property owned by Marie Mullin, et al, which prop- 
erty is located in Lots 1, 2, and 3 of Block 34, East St. 
Johns Addition to Portland, in ‘ultmomah County, Oregon, 
and is more particularly described on the attached sheets 
and designated as Parcel No. ll and is further identified 
in the records of the Highway Commission as file R 10393, 
and which property is being acquired for right of way pur- 
poses in connection with the North Portland Shipyard Access 
Road s* 


Real property owned by Jessie I. Gentzkow, which prop- 
erty is located in Lots 38 to 44, inclusive, Block 34, East 
St. Johns Addition to Portland, in Multnomah County, Oregon, 
and ig more particularly described on the attached sheets 
and designated as Parcel No. 12 and is further identified 
in the records of the Highway Commission as file R 10398, 
and which property is being acquired for right of way pur- 
poses in connection with the North Portland Shipyard Access 
Road;* 


Real property owned by Leland Field Maybach and Mary 
Christina Maybach Summers, et vir., Which property is lo- 
cate in the southeast quarter (SEZ) of Section 6, Township 
1 North, Range 1 East, W. M., in Multnomah County, Oregon, 
and is more particularly described on the attached sheets 
and designated as Parcel No. 13 and is further identified 
in the records of the Highway Commission as file R 10407, 
and which property is being acquired for right of way pur- 
poses in connection with the North Portland Shipyard Access 
Road ;* 


Real property ommed by Clifford L. Dye, which property 
is located in Lot 11 of Block 1 of Palm's 2nd Addition to 
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particularly described on the attached sheets and designated 
i as Parcel No. 1 and is further identified in the records of 
3 the Highway Commission as file R 10354, and which property 

: is being acquired for right of way purposes in connection 
with the Pacific Highway West; * 


Real property owned by George L, Fullington, et ux., 
which property is located in the northwest quarter (NW) of 
Section 6, Township 9 South, Range 4 West, W. M., in Polk 
County, Oregon, and is more particularly described on the 
attached sheets and designated as Parcel No. 2 and is fur- 
ther identified in the records of the Highway Commission as 
file R 10355, and which property is being acquired for right 
of way purposes in connection with the Pacific Highway West;* 


EN 
- 


Real property owned by The Prudential Insurance Company 
of America, a corporation, which property is located in the 
southwest quarter of Section 6, Township 9 South, Range 4 
West, W. M., in Polk County, Oregon, and is more particularly 
described on the attached sheets and designated as Parcel 
No. 3 and is further identified in the records of the High- 
way Commission as file R 10357, and which property is being 
acquired for right of way purposes in connection with the 
Pacific Highway West;* 


Real property owmed by A. F. Elkins, et al., which 
property is located in the east half of the northwest 
quarter of Section 19, Township 9 South, Range 4 West, in 
the Joseph W. Suver D. L. C. No. 44, situated in Section 19, 

: Township 9 South, Range 4 West, and in the J. W. Suver D. 
L. C. No. 44 in Sections 29 and 30, Towmship 9 South, Renge 
4 West, W. M., in Polk County, Oregon, and is more particu- 
larly described on the attached sheets and designated as 
Parcels Nos. 4, 5, and 6 and is further identified in the 
records of the Highway Commission as file R 10365, and which 
property is being accuired for right of way purposes in con- 
nection with the Pacific Highway West;* 


Real property owned by Electro Metallurgical Company, 
a corporation of West Virginia, which vroperty is located 
in the Wm. Gatton D. L. C. and the James Loomis D. L. C. in 
Sections 35 and 36, Township 2 North, Range 1 West, W. M., 
in Multnomah County, Oregon, and is more particularly de- 
scribed on the attached sheets and designated as Parcel No. 
7 and is further identified in the records of the Highway 
Commission as file R 10386, and which property is being 
acauired for right of way purposes in connection with the 
North Portland Shipyard Access Roads 


Real property owned by Fritz Birkjan, which property 
is located in Lots 1, 2, 3, and 4, Block 30, and Lots 22 to 


(The detailed descriptions of the respective parcels of real prop- 

erty mentioned in this resolution are attached to the original reso- 
lution on file in the office of the State Highway Commission, Salem, 
being Resolution No. 26, under the heading "Real Property Condemna- 

tion Resolutions", and said descriptions by this reference are made 

a part of this minute entry to the same extent as if copied in full 

herein.) 


In this connection the Attorney brought up for discussion accuisition 
of right of way needed for the improvement of the Benton County Line-Monmouth 
Section of the Pacific Highway West across lands owned by Mr. A. F. Elkins. 

He advised that the property has been appraised by three different appraisers 
who velue the property at $5,000, $6,000 and $5,800, respectively, and gave as 
his thought that Mr. Elkins would not settle for less then $10,000 or $12,000 
because he has a very nice piece of property which will ve severely damaged by 
the highway improvement. He requested authority to condemn this property, if 
necessary. The Commission approved the request but left it with Chairman 
Cabell to specify the amount of the offer that is to be used in condemnation. 


The matter of purchase of the greenhouse property in North Bend, 
which is needed in connection with the improvement of the Marshfield-North Bend 
Section of the Oregon Coast Highway wes also discussed by the Commission. The 
Attorney advised that this property has been appraised by four different ap- 
praisers at $14,320, $13,190, $12,500 and $16,000, respectively; also that 
Mr. J. D. Bergen, the owner of the property, is demanding $15,000 for the same 
and that he be allowed to keep the greenhouses, which he wants the state to 
move to a new location at state expense. He gave as his thought that Mr. 
Bergen is asking an excessive amount for the property. He recommended payment 
of $15,000 for the property, including the greenhouses, and thet the greenhouses 
be advertised for sale later when Mr. Bergen can submit a bid for them if he 
so desires. The Commission approved the recommendation. The Attorney was 
authorized to condemn the property, if necessary. 


The Attorney brought up for discussion the accuisition of right of 
way needed for the Wolf Creek Highway through property owned by Ernest and 
Fred Zurcher, in Washington County. He advised thet the right of way on both 
sides of the Zurcher property has already been acquired but negotiations with 
Zurcher Brothers were discontinued on orders from the Commission when it was 
decided to defer construction of this section for the duration of the war. 
Zurcher Brothers, he said, are quite enxious to consummate the sale because 
they are about to construct a new barn and it appears that the right-of-way 
matter must be decided before they can proceed. It also appears that the price 
they are asking for the property is considerably in excess of the appraised 
value. The Commission decided, in view of the fact that the right of way on 
both sides of the Zurcher property has already been acquired, to resume nego~- 
tiations with Zurcher Brothers, it being understood that the property will be 
purchased if it can be acquired at a reasonable cost, otherwise acquisition will 
be deferred until the property is actually needed for construction. 
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the City of Medford in Jackson County, Oregon, and is more 
particularly described on the attached sheets and designated 
as Parcel No. 1/4 and is further identified in the records 
of the Highway Commission as file R 10419, and which prop 
erty is being acquired for right of way purposes in connec- 
tion with the Pacific Highway;* 


Real property owned by John D. Bergen, which property 
is located in Lots 3, 4, 5, 6, 7, 8, and 9, Block 31, Plat 
"B" Coos Bay Addition to North Bend, in Coos County, Oregon, 
and is more particularly described on the attached sheets 
and designated as Parcel No. 15 and is further identified 
in the records of the Highway Commission as file R 9527, 
and which property is being acouired for right of way pur- 
poses in connection with the Oregon Coast Highway.* 


2. That the Commission does hereby find and declare that 
each of the said described parcels of real property is necessary and 
acquisition of the same by the State is required for the specific 
purposes hereinabove set forth, and the said properties are being ac- 


quired for the express and specific purposes in this resolution set 
forth. 


3. That the State Highway Engineer be and he hereby is in- 
structed and directed to make or cause to be made all surveys neces- 
sary in connection with the determination, description, and acquisi- 
tion of said real properties, and said Engineer is further instructed 
to prepare and submit to the Legal Department necessary and adequate 
descriptions of the said real properties, which said descriptions 
shall be available for the preparation of any deed or deeds or other 
instrument or instruments necessary to complete the acquisition of 
said property or properties, whether said properties be acquired by 
purchase, donation, agreement, or by the exercise of the power of 
eminent domain. 


4. That J. M. Devers, Attorney for the State Highway Com- 
mission, be and he is hereby requested, authorized, and directed to 
attempt to agree with the owner or owners and/or with the tenants or 
persons in possession, if there be any, of said parcel or parcels of 

end with respect to the compensation to be paid for the taking of 
the same and tiie damage, if there be any, and in the event that no 
satisfactory agreement or agreements can be reached, then it is here- 
by further resolved that J. M. Devers, Attorney for the State Highway 
Commission, be and he hereby is requested to commence and prosecute 
to a final determination such suit or action, or suits or actions, 
as may be necessary and appropriate to acquire title to the said 
premises and all rights therein for the purposes herein stated. 


5. That this resolution be entered in full in the minutes 
and records of this Commission. 
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Portland, Oregon, June 4, 1942 


The State Highway Commission reconvened at 9:00 a. m. in the audi- 
torium of the Public Service Building. Present were: 


Henry F. Cabell, Chairman 

Herman Oliver, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


Commissioner Clough was absent. 

Bids, as follows, for highway construction projects, sale of timber, 
rent of state-owned heavy construction equipment, and sale of obsolete equip- 
ment and scrap materials located at the four highway department equipment 
plants, were opened and read in conformance with previously published notices, 
following which Chairman Cabell announced that the awards would be made at 
3:30 p. m. in the same room: 


PACIFIC HIGHWAY WEST 
LEWISBURG-CORVALLIS SECTION - GRADING AND PAVING 


E. C. Hall Co. & J. C. Compton $236,925.00 


PACIFIC HIGHWAY WEST 
LEWISBURG-CORVALLIS SECTION - WIDEN THREE BRIDGES 


J. F. Johnston $16,373.00 


OREGON COAST HIGHWAY 
PORT ORFORD ROCK PRODUCTION PROJECT 


A. H. Saxton & Son $53,455.00 


MCKENZIE HIGHWAY 
BELKNAP SPRINGS-FOURMILE BUTTE ROCK PRODUCTION PROJECT 


No bids received on this project 


CENTRAL OREGON HIGHWAY 
BUCHANAN ROCK PRODUCTION PROJ ECT 


No bids received on this project 


WILLAMETTE HIGHWAY 
GOSHEN-PLEASANT HILL SECTION 
GRADING, SURFACING AND BITUMINOUS MACADAM 
s Using Tar 
Cc. J. Eldon $273,015.50 $272,845.50 
McNutt Brothers 279 ,629.00 om 


The Commission discussed the controversy with the Postal Telegraph 
Company with respect to the removal of some of its poles from right of way 
recently acquired for the Medford improvement of the Pacific Highway. The 
Attorney advised that the company is willing to move its poles but wants the 
state to pay the costs involved, and alleges that it is occupying the right 
of way under authority of a federal statute so the state cannot make the com- 
pany move its poles at its own expense. The Attorney read sloud the federal 
statute referred to and pointed out particularly that it refers to poles that 
: are used solely for telegraph purposes, whereas the poles under discussion 

, carry power wires of the Mountain States Power Company in addition to the tele- 
graph company's wires, and there is a question as to the ownership of the 
poles. After considerable discussion the Attorney was instructed to study the 
contract between the Postal Telegraph Company and the Mountain States Power 
Company with respect to the joint use of the poles. He was also authorized 
and instructed to try the case out in court in the event that a satisfactory 
agreement cannot be reached with the Postal Telegraph Company. 


The Engineer brought up for discussion the matter of moving the 
poles of the Portland Traction Company from Greeley Street, Portland, to facili- 
tate the construction of the Swan Island Access Road Project. He advised that 
, the Traction Company wants the state to pay for moving the poles, which is 
; estimated to cost in excess of $5,000, whereas in his estimation it is not the 
state's obligation. Furthermore, the Public Roads Administration will not ap- 
4 prove federal funds to pay this expense. He pointed out that the company is 
a operating under franchise from the city and that the provisions of the franchise 
call for the company to remove its poles when requested to do so by the city. 
3 It was his thought that the Traction Company should be required by the city to 
N move the poles under the provisions of the franchise and that the city should 
? adopt an ordinance to that effect. The Commission indicated concurrence in the 
t Engineer's viewpoint and thereupon referred the matter to the Attorney to dis- 
‘ cuss with City Commissioner Bowes. 


The Engineer reported a request from the Krome Mining Corporation for 
the construction of e roadway leading to a chrome ore deposit, in Coos County. 
: He advised that the deposit is located on Three Mile Creek north of Bandon, and 
it is proposed to construct an inexpensive roadway with bulldozer equipment 
from the mine to a connection with the North Bank County Road on Coos River 
near a place called Randolph, a distance of about seven miles, and to finance 
the work, if possible, with Federal Access Road Funds. He requested authority 
to make a survey for the roadway, which is estimated to cost about $300, and 
to advertise the construction project for bids to be received at the next meet- 
ing of the Commission, if the project is approved for access moneys. The Con- 
mission approved the request. 


PRE NES YS 
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The Commission adjourned at 11:00 p. m. to reconvene on the following 
morning in the Public Service Building. 


11064 


PACIFIC HIGHWAY WEST 
MONMOUTH-SUVER SECTION - BRIDGES 


Je F. Johnston $14,051.00 
QO. N. Pierce 15,935.00 
Averill & Corbin 16,692.00 
Tom Lillebo 17,540.00 
McNutt Brothers 28 , 280.00 


PACIFIC HIGHWAY WEST 
SUVER-LEWILSBURG SECTION - WIDEN BRIDGES 


J. F. Johnston $22,140.00 
Averill & Corbin 22,850.00 


PACIFIC HIGHWAY WEST 
MONMOUTH-SUVER SECTION - UNDERCROSSING NEAR HELMICK PARK 


Averill & Corbin $ 9,642.00 
McNutt Brothers 24,354.00 


No bids received 


RENT OF STATE-OWNED HEAVY CONSTRUCTION EQUIPMENT 


Lorain 1}-Yard Gas Shovel 
Monthly Rate 
R. E. Rush, $ 400.00 
P&H 1d-Yerd Diesel Shovel 
Walter Butler Co. $ 950.00 
R. E. Rush 750.00 
Bay City 1}-Yard Diesel Shovel 
R. E. Rush $ 1,001.00 
Walter Butler Co. 950.00 
R. E. Rush $ 300.00 
R. E. Rush $ 300.00 


UL Sc 
Bids received for cbsolete equipment and scrap materials at the 


highway department shops at Salem, Klamath Falls, Coquille and LaGrande. (For 
details see blueprint tabulation of bids filed in general files.) 


guy 4. 1942 
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WILLAMETTE HIGHWAY 
GOSHEN-PLEASANT HILL SECTION ~ BRIDGES 


Tom Lillebo $53,774.00 
#C, J. Eldon 67,097.50 . 
McNutt Brothers 79.960.00 


*Lump sum reduction of $6,700.00, if also awarded the 
Goshen-Pleasant Hill Project 


CITY OF SALEM 
TWELFTH STREET SECTION - PAVEMENT RESURFACING 


Warren Northwest, Inc. $20,600.00 


THREE ACCESS ROADS 
NORTH PORTLAND SHIPYARD ACCESS ROAD PROJECT 
GRADING AND PAVING 


Parker-Schram Company $168 , 746.00 
Porter W. Yett 172,168.00 


NORTH BURGARD STREET IN PORTLAND 
WIDEN BRIDGE OVER 0.W.R.R.&N. TRACKS 


O. N. Pierce $10,890.00 
Lindstrom Brothers 12,055.00 


FOUR ACCESS ROADS 
SWAN ISLAND SHIPYARD ACCESS ROAD PROJECT - GRADING AND PAVING 


Porter W. Yett $170,742.50 


NORTHEAST GOING STREET IN PORTLAND 
OVERCROSSING STRUCTURE OVER UNION PACIFIC TRACKS 


Tower Sales & Erecting Company $23,080.00 
Lindstrom Brothers 25,226.00 


PACIFIC HIGHWAY WEST 
NOKTH UNIT, MONMOUTH-BENTON COUNTY LINE SECTION ~ GRADING 


E. C. Hall Co. & J. C. Compton $264,935.00 
McNutt Brothers 274,491.50 
Hauser Construction Company 280,886.00 


PACIFIC HIGHWAY WEST 
MONMOUTH-BENTON COUNTY LINE SECTION 
GRADING AND PAVING 


McNutt Brothers $522,918.50 


mH 441942 
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jurisdiction over such beach 2otivities, the State Highway Commission or the 
State Lana Board, and it vas his thought that any arrangement that is made 
authorizing the removal of sands from such areas should be approved jointly 
by both departments. 


Professor Gleeson advised that, in his estimation, the mining people 
should pay a royalty for the privilege of operating on the beach area and sug- 
gested a five per cent royalty where the operations are on the fore beach and 
ten per cent on other locations. He mentioned a number of locations where op- 
erations would probably take place, as follows: (1) between Cape Arago and 
the mouth of the Coquille River at Bandon; (2) between Floras Lake and Cape 
Blanco; (3) between Cape Blanco and the Rocks at Port Orford; and (4) on the 
beach at Buchre Creek; also on the beaches north and south of the Rogue River, 
Pistol River and at Brookings. The sands at these locations, he said, contain 
approximately six per cent chromite. He said that his sole interest in the 
matter is from the standpoint of the State College and the recovery of chrome 
for use in connection with war efforts. The Commission indicated a favorable 
attitude toward granting private capital limited use of the beaches at a fair 
royalty but deferred a definite decision in regard thereto pending a conference 
with the State Land Board. The Engineer was thereupon instructed to secure an 
appointment for the Commission with the State Land Board for a discussion of 
the matter prior to the next regular meeting of the Commission. 


Mr. H. R. Williams, representing the Arrow Transportation Company, 
was present and asked the Commission to improve the ION Highway between Jordan 
Valley and the Idaho state line. He advised that a recent ruling of the Office 
of Defense Transportation requires them to route their trucks over the short- 
est route between points which means the use of the ION Highway between Calif- 
ornie and points in Idaho, in order to conserve tires and gasoline, but they 
cannot very ¥ell comply with the rule in view of the bad condition of the high- 
way north of Jordan Valley. It was his thought that the Highway Commission 
would be willing to cooperate in view of the government's order anc the fact 
that the road is a state highway. The matter was referred to Commissioner 
Oliver and the Engineer to investigate, the results thereof to be reported to 
the Commission at its next meeting. 


The Commission adjourned at. 11:30 a. m. and reconvened at 2:00 p. m. 
in the same room with the same persons present and participating. 


A delegation consisting of the following members appeared before the 
Commission in regard to the improvement of a county road in Linn County es a 
temporary detour for the Albany-Lyons Secondary State Highway in the vicinity 
of Scio: C. H. Watzek and F. L. Thompson, representing the Roaring River Log- 
ging Company; Neil Melarkey and Henry Sauve, representing the Albany Plylock 
Corporation; Bruce Hoffman, representing the Avery, Richardson and Green Timber 
Company; Judge J. J. Barrett and Commissioners H. A. Renninger and Claude G. 
Smith, representing the Linn County Court, and County Engineer Walter E. Larsen. 
Mr. Watzek advised that the Roaring River Logging Company has acquired a large 
timber tract about ten miles southeast of the town of Scio and that it is neces- 
sary to truck-haul the logs over & portion of the Albany-Lyons Secondary State 
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Mr. Burton Hutton, Director "Oregon on Parade", KOAC, appeared before 
the Commission in regard to the Commission's offer to cooperate with the State 
Board of Higher Education during the summer of 1942 in its KOAC "Oregon on 
Parade" radio program. Chairman Cabell explained that the Commission's previous 
offer was made in good faith but the Commission now questions whether the pro- 
motion of travel by automobile is the proper thing to do because it seems to 
the Commission to be in contradiction to the efforts that are being made by the 
federal authorities to curtail travel as much as possible in order to preserve 
automobile tires. He pointed out that the rationing of tires and gasoline is 
bound to reduce travel which in turn will reduce the highway department's rev- 
enues, and there is a question whether or not the Commission has legal authority 
to spend state money for a program of this kind if it does not provide revenues 
for the state highway fund. He also pointed out that there is a question of 
diversion of funds and the loss of federal aid funds as a result thereof. It 
was his thought that it would be proper to cancel the Commission's previous ar- 
rangement in view of the circumstances. Commissioner Oliver concurred. Mr. 
Hutton expressed his appreciation of the Commission's attitude and stated his 
approval of the Commission's action. The Secretary was thereupon instructed 
to notify Dr. V. V. Caldwell and secure the return of the agreements heretofore 
executed. 


In this connection the Commission ordered the curtailment of adver- 
tising expense by the Travel and Information Department in so far as is possible. 


Mr. E. L. Gray, President, Salem, Monmouth, Independence, and Kings 
Valley Highway Association, was present and presented a petition signed by the 
City of Independence, City of Monmouth, Independence Chamber of Commerce, Mon- 
mouth Chamber of Commerce, Independence City Planning Board, and the Salem, 
Independence, Monmouth, Kings Valley Highway Association, in which the Highway 
Commission is requested to authorize surveys as may be necessary to establish 
a permanent site for a proposed bridge across the Willamette River at Independ- 
ence and a permanent location for the Monmouth-Independence State Highway. 
After discussion the Commission authorized the Engineer to make a preliminary 
reconnaissance survey of the situation, the results of which are to be reported 
to the Commission at its next regular meeting when the Commission will decide 
whether or not to authorize definite surveys. 


Mr. George W. Gleeson, Professor of Chemical Engineering, Oregon 
State College, discussed with the Commission the matter of conducting chrome 
mining operations on the Oregon beaches in Coos and Curry Counties. Professor 
Gleeson advised that the beach sands contain chrome ore which is of great value 
at the present time in the manufacture of war equipment and is easily recover- 
able with new machinery that has been developed for this particular purpose. 
He requested exclusive authority to operate this equipment on the beach areas 
in the recovery of chrome so that mining interests will be justified in going 
to the expense of erecting a chrome concentration plant. He pointed out that 
the beach sands contain from one to six per cent chromite, and advised that the 
removal of the sand from the beach areas will not permanently destroy the 
beaches because practically 90 per cent of the sands removed would be returned. 
The Attorney pointed out that there is a question which state department has 


telephone line and sllow the telephone company the joint use of the poles, 
which arrangement was satisfactory to the Electric Association but did not 
meet with the epproval of the Telephone Company. 


The matter was discussed at some length during which the Commission's 
policy with respect to pole-line construction on state highways wes explained 
by Chairman Cabell. Chairman Cabell suggested, in view of the fact that the 
power company has mainteined its pole line on the north side of the highway 
for many years, that it would be satisfactory to allow the company to rebuild 
its line on that side of the highway notwithstanding the telephone company's 
objections. It appeared to him that this is the only solution to the problem 
in order to maintain the scenery on the south side of the highway in an un- 
marred condition, end it was his thought that the Commission is justified in 
deviating from its established policy in this instance becauce of the unusual 
conditions obtaining. Commissioner Oliver concurred and the Secretary was ther- 
upon authorized to issue e permit in conformity therewith. 


A delegation from Parkrose, including J. C. Strudgeon, R. A. Freeman 
and Harry Pearce, was present and asked the Commission to oil the shoulders 
adjacent to the pavement on Sandy Boulevard (Columbia River Highway) through 
the Parkrose District. They were informed that the Commission has already ap- 
proved such project end that the oiling work will be done as soon as possible. 


The Commission approved the minutes of the meetings held on Decem- 
ber 18, 1941, January 5, January 21, and February 13, 1942. (Commissioner 
Clough approved and signed the minutes later.) 


The Commission discussed a proposed press release prepared by the 
Engineer concerning the War Production Board's Order L-4l1 end Amendment there- 
to, having to do with highway construction work. The Commission approved the 
release and thereupon by unanimous vote adopted the following resolution in 
regard thereto: 


WHEREAS, because of the national emergency the United States 
Government has deemed it essential to national defense that all indus- 
trial and commercial activities, including state, county and municipal 
activities, be brought within the reach and control of the Federal 
sovereignty and its created agencies; and 


WHEREAS, on April 9, 1942, the War Production Board made 
and issued Order No. L-41, by which the commencement of any highway 
and/or street construction is prohibited unless such work has been 
specially approved by the War Production Board as essential to the 
war effort; and 


WHEREAS, subsequent to the action of the War Production 
Board as disclosed in its said order L-4l, dated April 9, 1942, the 
War Production Board made and issued an order designated as Serial 
No. L-41-600, dated May $3, 1942, which last order, among other 
things, contains these provisions: 
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op Highway, three miles of which highway south of Scic is in bad condition. He 
mi gave as his understanding that the Commission is not in position to improve 

i this three-mile section at the present time and suggested in view thereof that 
the Commission temporerily reroute state highway traffic over a county road 
which begins at a point on the present highway about two miles east of Scio 

and extends southerly about three miles, thence westerly two miles to a con- 
nection with the present highway. This route, he said, contains fewer hills 
than the state highway and is much better suited for truck-hauling of logs 

than the other. Furthermore, the north and south portion has a good oiled sur- 
iN ‘ face and 211 that is needed is to improve the two-mile section at the south 

i end which, in his estimation, would not be a costly undertaking. He suggested 

: an errangement with the county court to maintain the five miles of state highway 
adjacent to and through Scio if the state would improve and maintain the county 
road. Judge Barrett stated that the county would appreciate the Commission's 
doing what it can to help out in the situation but is not in favor of changing 
the status of the present highway. The State Highway Engineer suggested that 
the trade in highways could be made for the duration of the war only. The 
Attorney advised that the Commission has legal authority to make such a trade 

if it so desires. 


iat County Engineer Larsen pointed out that Linn County now has arrange- 
~ a ments with other logging companies to maintain certain county roads and if the 
j county would consent to Mr. Watzek's suggestion it would mean that these ar- 


rangements would have to be revised. Judge Barrett then advised that the 

i county has no objections to the state taking over and maintaining the county 
- road but not on the premise that the county would have to assume the mainten- 
ty ance of the state highway south of Scio. If the logging company would maintain 
the state highway south of Scio relieving the county of such expense, then that 
would be agreeable to the county court. The matter was discussed further but 
definite action was deferred until a future meeting of the Commission. 


A delegation from Eugene, consisting of R. W. Buford, Secretary of 
the Lane County Electric Association, and A. R. Hamilton and Clarence Belknap, 
members of the Association, and F. F. Northrop, representing the Eugene Water 
Board, conferred with the Commission in regard to the construction of a power 
pole line on the McKenzie Highway in the vicinity of Leaburg Dam. Mr. Buford 
was spokesman. He advised that the Electric Association has maintained a low- 
voltage power line along the north side of the highway at this location for 
some time butithas become necessary to increase the voltage which requires 
the reconstruction of the pole line and the installation of new poles; further, 
that they wanted to place the new pole line on the north side of the highway 
but were denied a permit for this privilege in view of the fact that this side 
of the highway was occupied by a telephone pole line and it being contrary to 
the established policy of the Highway Commission to allow two pole lines on 
either side of the highway, in view of which they asked the privilege of 
establishing their line on the south side of the highway which was also denied 
because it was alleged that the pole line would detract from the scenic view 
of the McKenzie River. He further stated that he has been in consultation with 
the Highway Department Engineer for some time in an endeavor to arrive at a 
satisfactory solution of the problem tut has been unable to meet any satisfac- 
tory agreement although the last suggestion made was that they .overbuild the 
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materials, equipment, parts, tires or other things may be obtained 
only if the proposed work is deemed by the Board to be essential to 
the war effort; and 


WHEREAS, in order to secure the necessary priorities and 
thus obtain the required materials, equipment or supplies the speci- 
fic approval of the War Production Board and its certification that 
the work is essential to war effort must first be obtained; and 


WHEREAS, because of the confusion which is shared by the 
general public with respect to the projects which may or may not be 
promoted and with respect to Federal approval which may or may not 
be granted for any particular project, it is deemed by the Highway 
Commission prudent that its policy and purpose concerning future 
highway projects be made known; and 


eine 


WHEREAS, it is also the belief of the Commission that it 
should declare its policy with respect to full cooperation with the 
war effort, its purpose to promote and conduct every feasible highway 
project within the reach and control of the priority ruling consist- 
ent with sound business judgment and the best interests of the state 
at large; ; 


: 
i 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED BY the 
Oregon State Highway Commission, all members being present and voting 
affirmatively: 


1. That the Commission hereby offers, to the extent of 
available funds, resources, equipment and personnel, full cooperation 
with the Federal Government for the construction, improvement, and/or 
maintenance of highways--strategic, access or civilian--which in the 
judgment of the War Production Board are essential to or will aid the 
war effort. 


2. That to the end that civilian life and activities may 
go forward without unnecessary interruption or inconvenience, the 
Commission will, with respect to disbursements of state funés on 
state projects which are beyond the zone or reach of priority re- 
quirements or War Production Board orders, confine such disburse- 
ments to administration costs, surveys, and the preparation of plans 
for post-war projects, including the acquisition of necessary rights 
of way, and to essential maintenance, restoration or emergency re- 
quirements; 


3. That the Commission recognizes a severe and definite 
shortage of labor, materials, supplies, machinery, equipment and re- 
pair parts and therefore all road work not actually important in 
the all-out war effort shall be and is suspended for the duration; 
and 
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"(B) Pursuant to paregraph (b) (7) (ii) of Conservation 
Order No. L-41, you are hereby authorized to Begin Construc- 
tion on Road Projects under your jurisdiction, provided, 
however, that you: 


"(1) Prepare and file by the 10th day of each month, 
with the District Engineer of the U. S. Public 
Roads Administration through the State Highway 
Department of the State in which the Road Depart- 
ment is loceted, a report showing 'Estimate of 
Materials' required in order to complete all 
projects to which this Authority, No. L-41-600, 
applies and for which work orders were issued 
during the preceding calendar month. (Use Public 
Roads Administration Form PR-46.) 


"(2) Shall not under this Authority No. L-41-600 Begin 
Construction on a Road Project which requires the 
incorporation of any steel reinforcing bars, steel 
culverts or structural steel, unless such steel 
is owned, or has been ordered, on or before the 
date of this Authority, by the Road Department 
or the contractor engaged to construct the Road 
Project. 


"(C) This authorization assigns no preference rating to 
deliveries of materials to be used in the construction of 
any Road Project. Inability of the Road Department to pro- 
cure without priority assistance material to complete any 
Road Project will not of itself be considered adequate grounds 
for issuance of a rating. 


"(D) The Director of Industry Operations of the War Pro- 
duction Board may at any time order the Road Department to 
cease work upon any Road Project, construction of which has 
been begun pursuant to this Authority, if he determines that 
the prosecution of the war requires more urgently the use 
elsewhere of the labor, materials and construction machinery 
needed to complete the road construction previously author- 
ized," 


AND, WHEREAS, nearly all public highway and/or street con- 
struction, improvement and/or maintenance involves the use of mater- 
ials, supplies and/or equipment needed for the war effort, and there- 
fore it is practically impossible to carry on any highway or street 
work free of priority requirements and War Production Board restric- 
tions; and 


WHEREAS, in all instences where such work falls within the 
reach of War Production Board orders priority ratings with respect to 


asphalt, and $272,845.50, based on the use of tar. The only other 
bid received was that of McNutt Brothers, Bugene, at. $279,629.00, 
based on the use of asphalt. They did not submit a bid based on 
the use of ter. The Commission refers the bids received to the 
Engineer with power to award the contract to C. J. Eldon at his 
low bid of $272,845.50, using tar, when certain conditions have 
been fulfilled. 


"Construction of a bridge over the Coast Fork Willamette River 
and three pile trestle bridges on the Goshen-Pleasant Hill Section 
of the Willamette Highway, in Lane County. Three bids received for 
this project, that of Tom Lillebo, Reedsport, at $53,774.00 being 
the low bid, and the second-low bid being that of C. J. Eldon, 
Portland, at $67,097.50. The Commission has referred the bids to 
the Engineer with power to award the contract to the low bidder, 
Tom Lillebo, when certain conditions have been fulfilled. 


“Twelfth Street Section, in the city of Salem, Marion County. 
1.26 miles pavement resurfacing. The only bid received for this 
project was that of Warren Northwest, Inc., Portland, at $20,600.00. 
The Commission awards the contract to Warren Northwest, Inc., at 
their bid of $20,600.00. 


"North Portland Shipyard Access Road Project on three access 
roads, in Multnomah County. 2.6 miles grading and paving. Two bide 
were received for this project, the low one being that of Parker- 
Schram Company, Portland, at $168,746.00, and the other bid being 
that of Porter W. Yett, Portland, at $172,168.00. The Commission 
has referred the bids to the Engineer with power to award the con- 
tract to Parker-Schram Compeny, the low bidder, when certain condi- 
tions have been fulfilled. 


"Widen existing bridge over 0.W.R.&N. Company tracks on North 
Burgard Street in Portland, Multnomah County. O. N. Pierce, Portland, 
submitted the low bid for this project et $10,890.00. Lindstrom 
Brothers, Portland, submitted the only other bid in the amount of 
$12,055.00. The Commission awards this contract to O. N. Pierce at 
his low bid of $10,890.00. 


"Swan Island Shipyard Access Road Project on four ‘access roads, 
in Multnomah County. 1.9 miles grading and 2.0 miles paving. 
Porter W. Yett, Portland, submitted the only bid for this project 
in the amount of $170,742.50. The Commission has referred this bid 
to the Engineer witn power to award the contract to Mr. Yett, the 
low bidder, when certain conditions have been fulfilled. 


"Construct timber overcrossing structure over Union Pacific 
Company tracks on Northeast Going Street in Portland, Multnomah 
County. Tower Sales & Erecting Company, Portland, submitted the 


4. That the Commission recognizes that curtailment of motor 
equipment, restrictions on the sale of gasoline and other enforced 
inhibitions will result in a material reduction in highway revenues 
and therefore it is the declared purpose and policy of the Commission 
to use and employ highway revenues for cooperation with the Federal 
Government in the building of road or street projects deemed by the 
Army, Navy or War Production Board to be essential to the war effort, 
for emergency purposes, for the maintenance and restoration of the 
present highway system, for the preparation of detail, plans and sur- 
veys for post-war projects, including where feasible the acquisition 
of rights of way, and for administration costs in the maintenance of 
a necessary departmental organization. 
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At 3:30 p. m. Chairman Cabell announced the awards of contracts, and 
made statements relative to sale of timber, rent of state-owned heavy construc- 
tion equipment, and sale of obsolete equipment and scrap materials, as follows: 


“Lewisburg-Corvallis Section of the Pacific Highway West, in 
Benton County. 5.56 miles grading and paving. E. C. Hall Company 
and J. C. Compton, McMinnville, submitted the only bid for this 
project, in the amount of $236,925.00. The Commission awards this 
contract to E. C. Hall Company and J. C. Compton at their bid of 
$236,925.00. 


"Widen three bridges on the Lewisburg-Corvallis Section of the 
Pacific Highway West, in Benton County. The only bid received was 
that of J. F. Johnston, Newberg, at $16,373.00. The Commission awards 
this contract to J. F. Johnston at his bid of $16,373.00. 


"Port Orford Rock Production Project on the Oregon Coast Highway, 
in Curry County. Requires approximately 23,100 cu. yds. crushed 
gravel in stock piles. Only one bid was received, being that of A. H. 
Saxton & Son, Corvallis, at $53,455.00. The Commission refers the 
bid to the Engineer with power to award the contract when certain 
conditions have been fulfilled. 


"Belknap Springs-Fourmile Butte Rock Production Project on the 
McKenzie Highway, in Deschutes end Lane Counties. Requires approxi- 
mately 11,400 cu. yds. crushed rock in stock viles. No bids were re- 
ceived for this project. 


"Buchanan Rock Production Project on the Central Oregon Highway, 
in Harney County. Requires approximately 7,000 cu. yds. crushed rock 
in stock piles. No bids were received for this project. 


"Goshen-Pleasant Hill Section of the Willamette Highway, in Lane 
County. 3.98 miles grading, surfacing and bituminous macadam, also 
furnish 6,100 cu. yds. crushed gravel in stock piles. C. J. Eldon, 
Portland, submitted the low bid at $273,015.50, based on the use of 
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Rent of State-Owned Heavy Construction Equipment 


, “Lorain ld-yard gas shovel. R. E. Rush, Seattle, Washington, 
submitted the only bid at a monthly rate of $400.00. 


"Pp & H ld-yard Diesel shovel. Two bids were received, the low 
one being that of Walter Butler Company, Bayview, Idaho, at $950.00, 
based on a monthly rate, and the other bid being thet of R. E. Rush, 
Seattle, Washington, at $750.00 per month. 


"Bay City l}-yard Diesel shovel. R. E. Rush, Seattle, Washington, 
submitted the low bid at $1,001.00, monthly rate, and the only other 
bid received was that of Walter Butler Company, Bayview, Idaho, at 
$950.00 per month. 


"RD-~7 Diesel tractor with logging drum. The only bid received 
was that of R. E. Kush, Seattle, Washington, at $300 per month. 


"Allis-Chalmers tractor with drum and bulldozer. R. E. Rush, 
Seattle, Washington, submitted the only bid et $300 per month. 


The Commission has referred all bids received for the rent of this 


equipment to the Engineer with power to award to the high bidder 
after investigation. 


Obsolete Equipment and Scrap Materials 


"Sale of obsolete equipment and scrap materials at Salem, 
Klamath Falls, Coquille and LaGrande. All bids received for the pur- 
chase of this material has been referred to the Engineer with power 
to sell the material to the high bidder in each instance if the bids 
compare favorably with the appraised value of the items." 


The Assistant Attorney requested instructions relative to the rental 
of buildings acquired with right of way for the Marshfield-North Bend Project, 
in Coos County. He advised that, as previously authorized by the Commission, 
arrangements were made with 4 local realtor to handle the rentals and two of 
the. buildings have been rented; however, the arrangement was terminated when 
information was received that governmental approval had been secured for the 
highway construction work which indicated that a clear right of way would be 
needed much sooner than was anticipated. The question now arises, he said, 
how to dispose of the tenants, both of whom have paid their first month's rent. 
After considerable discussion the Commission ordered that the tenants be given 
formal notification at once to vacate the premises within thirty days and that 
the rent moneys paid by them be returned in full. The Commission thereupon 
authorized the Engineer to advertise the Marshfield-North Bend Project for bids 
to be received as soon as possible. 


The Attorney presented an offer from Mrs. Mary Andes to purchase 
for the sum of $650 certain property adjacent to the Pacific Highway at the 


low bid in the amount of $23,080.00, and the only other bid received 
was that of Lindstrom Brothers, Portland, at $25,226.00. The Commis- 
sion has rejected both of the bids received for this project. 


"North Unit, Monmouth-Benton County Line Section of the Pacific 
Highway West, in Polk County. 6.56 miles grading. Three bids were 
received for this project, the low one being that of E. C. Hall Com- 
pany & J. C. Compton, McMinnville,-at $264,935.00. The second-low 
bid was submitted by McNutt Brothers, Eugene, at $274,491.50. The 
Commission has referred the bids received for this project to the En- 
gineer with power to award the contract to E. C. Hall Company & J. C. 
Compton, the low bidders, when certain conditions have been fulfilled. 


"Monmouth-Benton County Line Section of the Pacific Highway West, 
in Polk County. 2.52 miles grading and 9.08 miles paving. The only 
bid received for this project was that submitted by McNutt Brothers, 
Eugene, at $522,918.50. The Commission has rejected this bid, 


"Construct two pile trestle bridges on the Monmouth-Suver Section 
of the Pacific Highway West, in Polk County. Five bids were received 
for this project, the low one being that of J. F. Johnston, Newberg, 
at $14,051.00, and the second-low being that of 0. N. Pierce, Portland, 
at $15,935.00. The Commission has referred the bids received for this 
project to the Engineer with power to award the contract to J. F. 
Johnston, the low bidder, when certain conditions have been satisfied. 


"Widen three bridges on the Suver-Lewisburg Section of the 
Pacific Highway West, in Polk County. J. F. Johnston, Newberg, sub- 
mitted the low bid in the amount of $22,140.00, and the only other 
bid received was submitted by Averill & Corbin, Portland, at $22,850.00. 
The Commission has referred both bids to the Engineer with power to 
award the contract to J. F. Johnston, the low bidder, when certain 
conditions have been fulfilled. 


"Construct undercrossing near Helmick Park on the Monmouth-Suver 
Section of the Pacific Highway West, in Polk County. Two bids were 
received for this project, the low one being that of Averill & Corbin, 
Portland, at $9,642.00, and the other bid was that of McNutt Brothers, 
Eugene, at $24,354.00. The Commission has referred both bids to the 
Engineer with power to award the contract to Averill & Corbin, the 
low bidder, when certain conditions have been fulfilled. 


Sale of Timber 
"Timber on tract near Oregon Coast Highway, north of Nehalem, in 


Tillamook County. No bics were received for the purchase of this tim- 
ber. The Commission has ordered the timber readvertised for sale. 


' 
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Highway Department. The matter was discussed at some length during which the 
Attorney recommended the resumption of negotiations for the purchase of the 
La Frentz property to ascertein if a satisfactory settlement can be reached 
in view of the present and probable future service station conditions. The 
Commission approved the recommendation. 


The Commission considered end approved an arrangement with H. L. 
Claycomb, Ashland, relative to the advancement of funds in connection with the 
revision of his property, a portion of which is needed in connection with the 
proposed Plaza Corner improvement of the Pacific Highway in Ashland. {See 
agreement signed later in session for details.) 


The Commission discussed a letter from the Attorney concerning the 
Commission's authority to assume maintenance of Champoeg State Park, in which 
letter the Attorney points out thet jurisdiction over this park has been placed, 
by special statute, with the Provisional Government Park Board whereas the 
statute which gives the State Highway Commission certain authority in dealing 
with state parks is general in character. He gave as his opinion, in view of 
the conflict in jurisdiction, that the Park Board, the Governor and the High- 
way Commission should join in asking the Attorney General of the State to con- 
strue the statute so that the authority of the Highway Commission may be de- 
termined, The matter was discussed at some length and as a result thereof the 
Commission instructed the Attorney to secure such opinion from the Attorney ‘a 
General if such method of procedure meets with the approval of Mr. Oscer C. i 
Spencer, Chairman of the Provisional Government Park Commission. 


The Attorney reported receipt of 2 request from the National Hospital 
Association for permission to ‘increase the rate that it is now charging state 
highway department employees, in connection with its hospitalization contract 
with the Commission, from $2.00 to $2.50 per month commencing on the first of 
July. He advised that such change in rates is provided for in the agreement be- 
tween the Commission and the company and recommended approval of the request. 
The Commission approved such change subject to the condition that the employees 
affected shall be given the opportunity to withdraw from the company if they 
so desire. 


oe 


The Engineer reported results of investigations to determine the 
necessity for installation of truck scales on the Pendleton—John Day 
Highway near Seneca. He advised that this matter was investigated by Mr. . V. 
Stiffler, Assistant Maintenance Engineer, who found that there hes been no 
log hauling over this highway for several months and inquiry of the Hines 
Lumber Company, which has been conducting logging operations in this vicinity, 
indicates that the company will not need to use the highway in the future be- 
cause it plans to extend its spur railroad into this district so, from the 
logging standpoint, the scales are not needed. Commissioner Oliver advised 
that plans are now being formulated to develep the chrome ore deposits in 
Grant County and when the operations get under way it will be necessary to 
weigh this materiel as it is taken #o the stock piles, one of which is to be 
located near Seneca. It was his thought that there is justification for the 
scale installation in view of this activity and the fact that log-hauling op- 
erations undoubtedly will be resumed at some future date. In view of 
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Ox-Yoke Service Station, Josephine County. He advised that this is part of a 
service station property for which the Commission paid the former owner, 

Mr. Henry C. Webb, the sum of $4,000, and that the portion desired by Mrs. Andes 
was originally appraised at $1,500; however, the state has recovered therefrom 
equipment valued at $465 which, taken together with Mrs. Andes' offer of $650 
for the remaining property, makes a total recovery of $1,115 from property ap- 
praised at $1,500. He recommended acceptance of the offer. The Commission 
approved the recommendation. 


The Attorney also brought up for discussion the question whether or 
not to permit a Mr. R. T. Johnson, Troutdale, to maintain a barbecue stand on 
certain state highway property near the Sandy River Bridge at Troutdale, which 
property was acquired by the state for use in connection with the construction 
of a new highway up the Columbia Gorge. He advised that Mr. Johnson paid the 
previous owner of the property $10.00 per month for the privilege of occupying 
this land and would like to continue to operate there on the same basis if the 
Highway Commission will let him. The Commission decided to let Mr. Johnson use 
the property at the same rate until it is needed for state highway purposes. 


The matter of purchase of right of way for the permanent location of 
the Santiam Highway through property owned by L. W. Hill, in Linn County, and 
wayside strips adjacent thereto, was discussed by the Commission. The State 
Parks Superintendent, who was present, advised that Mr. Hill is asking $20.00 
per acre for the land less the timber which he wants to keep. The Commission 
considered such price exhorbitant and refused to consider purchase of wayside 
strips unless the purchase price is reduced. The Engineer was instructed to 
prepare descriptions for the right of way only for use by the Attorney in se- 
curing options from Mr. Hill for the same. The matter of the purchase of the 
wayside strips was deferred for future consideration. 


The Attorney reported receipt of a letter from Leslie 0. Tichenor, 
Port Orford, inquiring what disposition the Commission expects to make of the 
old Knapp Hotel building in Port Orford because he would like to secure the 
lumber salvaged therefrom, if possible. He was instructed by the Commission 
to inform Mr. Tichenor that the Commission intends to keep this building, at 
least for the time being. 


The Commission discussed a controversy with Jurgen La Frentz with 
respect to right of way needed in connection with the Vadis-Gardiner Ranch Sec- 
tion of the Wolf Creek Highway, Washington County. The Attorney advised that 
Mr. La Frentz owns a service station on property that the Highway Commission 
needs for highway purposes and that some time ago he commenced negotiations 
for the acquisition of the right of way, which negotiations were discontinued, 
upon instructions of the Commission, when it was decided not to undertake any 
future construction on this highway for the duration of the war. It now appears 
that, with the prospects of the sale of a portion of his property in mind, 

Mr. La Frentz paid $250 for an option on other land and that the woman from 
whom he secured the option has also-incurred expense amounting to #300. It 
also appears that each of these parties is now seeking payment from the state 
for such expense, claiming that an injustice has been committed by the State 
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that the bond be renewed ‘ith the same companies that participated therein dur- 
ing the past year. The Commission approved the recommendation and so ordered. 


A communication as presented from Robert E: Warren, Director, 
Colorado Advertiser and Publicity Committee, suggesting the issuance of vaca- 
tion priority cards as 4 solution for the vacation-travel problem. The Com- 
mission considered that such procedure is not in conformity with the desires 
of the Federal Government to curtail highway travel in order to conserve auto- 
mobile tires and, accordingly, refused to ondorse the suggestion. 


the Oregon Shipbuilding 
Corporation ¢ to the award of contracts 
for grading and paving the North Road Project and 
for grading and paving the Swan bids for 
which were received by the Comm 
Commission to award the contracts at 
ests of relieving traffic congestion on the s 
They were informed that bids submitted sre consider 
cost of the projects and the moneys available to fin 
are now being made by Mr. Lynch, District Engineer, 
to obtain additional funds; further, that the Commission 
the contracts if satisfactory arrengements can be made for financing the 
otherwise, it may be necessary to reject the present bids and readvertise the 
projects. (Federel approval was obteined and contracts awarded on June 9, 


1942.) 


A petition was presented from the Franklin Road Committee of Franklin 

Grange, Lane County, requesting the oiling of the Territorial Secondary High- 
wey between Elmira and Wyper's Corner. The Engineer advised that the section 
commences et the end of the completed work north of Elmira and extends north- 
erly about 7.4 miles to a junction with the Siuslaw Highway, and that it would 
cost about $45,000 to strengthen the roadway and construct an oiled surface 
thereon for light traffic.* The Commission denied the request in view of the 
War Production Board's order limiting construction on roads of this kind to a 
maximum of. $5,000 and instructed the Secretary to so inform the Grange. 


The Commission also considered and denied a request from the Lower 
Klamath Lake Grazing Association for the widening of a dike, that is being 
constructed by the Federal Fish and Wild Life Service across Lower Klamath 
Lake, to accommodate a two-lane highway. 


A resolution was presented from Deschutes County Pomona Grange No. 
25 in which the Commission was requested to take action as may be necessary 
to remove restrictions which place a limit on trucking thot a farmer may do 
for other farmers. The Attorney advised that the Commission does not have 
legal authority to act in the matter which, in his opinion, comes under the 
jurisdiction of the Public Utilities Commissioner. The Secretary was instruct- 
ed to so inform the Grange. 


The Commission considered and adopted by unanimous vote the follow 
ing resolution lifting the reduced load limit heretofore in effect on the 
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Commissioner Oliver's statements the Commission instructed the Engineer to 
select a suitable scale site so that the installation of scales may be ex- 
pedited in the event that chrome mining and logging operations justify the 
same. 


The Engineer also reported that, in accordance with authority pre- 
viously granted him by the Commission, he has arranged to place a fine rock 
surfacing on the pedestrian pathway that was constructed last year along the 
Central Oregon Highway between Burns and Hines Mill, as a substitute for oiling 
that was requested by Judge Nelson B. Higgs of Harney County at a previous 
meeting. It was his thought that such surfacing would prove satisfactory, at 
least until the present war emergency is over when no doubt it will be much 
easier to obtain asphalt than it is at the present time. The Commission approved 
the report. 
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The Engineer reported briefly on the damage that was caused by a 
cloudburst on the Little Sheep Creek Secondary Highway, in Wallowa County. 
He exhibited pictures showing the extent of the damage and advised that re- 
pairs would cost about $20,000. The Commission approved the expenditure, it 
being necessary in order to maintain travel over this road. 
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The Commission approved a report from the Engineer showing the re- 
duced travel mileage of highway department automobiles as the result of curtail- 
ment of the use of such equipment during the present emergency. The report in- 
dicates thet there has been a reduction of 36 per cent in travel mileage. 


The Engineer reported the cost to surface the Madras-Juniper Butte 
Section of The Dalles-California Highway, 10.4 miles in length. He estimated 
the work would cost about $230,000. Action on this matter was deferred by the 
Commission until the next meeting. 


Similar action was taken with respect to the surfacing of the Smith 
Hill Section of the Pacific Highway, in Josephine County. 


The Engineer requested authority for the Traffic Engineer and him- 
self to attend at state expense the national meeting of representatives of the 
Office of Defense Transportation which is to be held in Seattle on June 5, 1942. 
The Commission approved the request subject to concurrence by Governor Sprague. 


The Engineer also requested authority for the Traffic Engineer to at- 
tend a meeting of the Joint Committee on Uniform Traffic Control Devices which 
is to be held in Chicago on June 24 to 27, 1942, inclusive. He estimated the 
expense would not exceed $200.00. The Commission approved the request provided 
Governor Sprague authorizes the out-of-state travel expense. 


The Commission approved the purchase of three small shop air compres- 
sors at $140 each which the Engineer advised are needed and can be purchased 
without a vriority rating. 


Reconsideration was given by the Commission to the renewal of the 
State Highway Engineer's bond, amounting to $200,000. The Engineer recommended 
g ’ g : 
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The matter of purchasing insurance covering the major bridges on the 
Oregon Coast Highway haa the attention of the Commission. In this connection 
the Attorney reported receipt of a suggestion offered by Coos County Court 
thet such insurance should be provided so as to minimize the state's loss in 
the event of destruction of any of the bridges by sabotage. The Commission 
appeared favorably inclined to the purchase of such insurance if it is not too 
costly but deferred definite action on the matter pending further investigation 
and report by the Attorney. 


A resolution was presented from Umatilla County Court :n which the 
Commission was requested to assume jurisdiction over and maintain the county 
road that extends from Hermiston to the Umatilla Ordnance Depot, for the dur- 
ation of the war or until December 31, 1943, unless the period is extended by 
mutual agreement between the county and the state. The Commission approved 
the resolution and instructed the Engineer to maintain the road during the 
period stated. The Commission thereupon signed an agreement with the county 
covering the matter. 


The Parks Superintendent, Mr. S. H. Boardman, was present and re- 
ported on the following park matters: 


Report on expenditures:-The Parks Superintendent advised that of 
the amount of $52,400 budgeted by the Commission for 1942 expendi- 
tures, disbursements to April 30 amount to $16,571.57, of which amount 
$1,941.71 was for acquisition, $3,535 was for betterment, and $11,094.86 
was for operation and maintenance. The Commission approved the report. 


Purchase of tract owned by George W. Joseph, Jr.:-The Parks 
Superintendent advised that Mr. Joseph owns a 40-acre tract of land 
situate in the SEZ of the NE of Section 32, Township 1 North, Range 
5 East, W. M., and being adjacent to the Upper Columbia River High- 
way near Latourell. Falls. The tract, he said, is valuable from the 
park standpoint as it controls 4 portion of the watershed which sup- 
plies the Falls. He further advised that there is an accumulation of 
$70.17 delinquent taxes against the property which Mr. Joseph does 
not intend to pay, in fact he is going to let the property revert to 
the county for the unpaid texes. The Parks Superintendent recommended 
purchase of the property for recreational purposes. The Commission 
approved the recommendation. 


Water rights in Peter Skene Ogden State Park:-The Parks Super- 
intendent advised that the Highway Commission is the owner of a water 
right in this park, covering 19 acres, for which the Commission has 
been paying from $32 to $40 annually for a number of years. He gave 
as his thought that the Commission does not need this entire water 
right because the park is naturally a desert type and any greenery 
that might be brought therein through irrigation would be out of 
place. He recommended the sale of the rights covering 14 acres, for 
which he has received on offer of $30 per acre or $420, and that the 
Commission retain the rights on the remaining five acres for future 
development of the park. The Commission approved the recommendation. 
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Yaquina River Bridge on the Eddyville-Blodgett Secondary State Highway, Lincoln 
County, upon advise from the Engineer to the effect that a new bridge has been 
constructed at this location: 


WHEREAS, on the 27th day of September, 1932, at a meeting 
of the State Highway Commission, a majority of the members being 
present and participating, the Commission passed and adopted a reso- 
lution ordering a reduction of the maximum permissible load limit on 
certain state highway bridges, including the following, to-wit: 


EDDYVILLE-BLODGETT SECONDARY STATE HIGHWAY No. 180 


180-12.3 Covered wooden truss over Yaquina River, 7 tons 
Lincoln County 


and 


WHEREAS, subsequent to the passage of said resolution, the 
said above-named bridge has been repaired so that it is no longer 
necessary or desirable to maintain the reduced load limit set out 
in said resolution; 


NOW, THEREFORE, BE IT RESOLVED that the action of the State 
Highway Commission, reducing the maximum permissible load limit on 
the following bridge, to-wit: 


EDDYVILLE-BLODGETT SECONDARY STATE HIGHWAY No. 180 
180-12.3 Yaquina River Bridge, Lincoln County, 


be and the same hereby is rescinded and vacated as of this date, and 
the maximum load limit permissible on the said bridge shall hereafter 
be the maximum load limit provided by law. 


IT IS FURTHER ORDERED that a certified copy of this resolu- 
tion be furnished the County Clerk of Lincoln County, in which county 
said bridge is located, and the Superintendent of the Department of 
State Police for his information. 


The Engineer requested instructions with reference to the installation 
of additional markers along the Old Oregon Trail. He advised that ten markers 
have already been installed and recalled that the Commission some time ago 
authorized the installation of ten additional markers when the locations had 
been selected and approved by the marker committee. He also recalled the. Com- 
mission's recently-established policy with respect to curtailment of expendi- 
tures which are not absolutely necessary to the war effort. He estimated the 
cost of the ten additional markers at approximately $3,000.00. The Commission 
decided to wait until the war is over before making additional expenditures for 
this purpose. 
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of time as s guard against further settlement. He also advised that 
the project was completed on April 7, 1942, and that careful inspec- 
tion of the structure since then reveals that there has been no fur- 
ther settlement. He recommended in view of the circumstances that 
the extension of time requested be granted without penalty. A letter 
was presented from the Public Roads Administration concurring therein. 
The Commission approved the recommendation. 


The Engineer reported that contracts Nos. 2455, 2475, 2495, 2499, 
2506, 2519, 2525, 2536, and 2550, for construction of state highway projects, 
have been completed according to the terms of the contracts or modifications 
thereof, and that said jobs are now ready for acceptance. The following reso- 
lution accepting the above projects was offered and was adopted by the unani- 
mous vote of the Commission: 


WHEREAS, the Engineer has reported that the following State 
Highway Commission contracts for the construction of state highway 
projects have been completed according to the terms and provisions 
of the contracts and seid jobs are now ready for acceptance: 


Contract No. 2455, with Lindstrom Brothers, for recon- 
struction of the Hawthorne Bridge approaches on the Pacific 
Highway West, in Portland, Multnomah County. Completed 
April 7, 1942. 


Contract No. 2475, with Warren Northwest, Inc., for grade 
widening and paving the Crabtree Corner-Lebanon Section of 
the Santiam Highway, in Linn County. Completed May 8, 1942. 


Contract No. 2495, with E. L. Gates, for grading and sur- 
facing the Kimberly-Simas School Section of the Kimberly-Long 
Creek Secondary State Highway, in Grant County. Completed 
April 24, 1942. 


Contract No. 2499, with The United Contracting Company, 
for paving the Independence (B Street-Monmouth Street) Sec- 
tion of the Independence Secondary State Highway, in Polk 
County. April 17, 1942. 


Contract No. 2506, with Warren Northwest, Inc., for 
grade widening and paving the Middle Unit, Crabtree Corner- 
Lebanon Section of the Santiam Highway, in Linn County. 
Completed May 8, 1942. 


Contract No. 2519, with Norris Brothers, for surfacing 
and oiling the Salt Greek-Hanley Ranch Section of the Little 
Butte Secondary State Highway, in Jackson County. Completed 
May 7, 1942. 


Concession at Silver Creek Falls State Park:-The Parks Superin- 
tendent reported receipt of an application from Harry C. Corn for the 
privilege of operating a concession in this perk during the ensuing 
year. The Commission discussed the advisability of opening the con- 
cession house in view of the restrictions on travel during the present 
war emergency and decided to do so if a satisfactory caterer can be 
found so as to accommodate the large population contiguous to the park. 


Occupancy of Harris Beach State Park by Mrs. Anna Barclay:-The 
Parks Superintendent advised that Mrs. Barclay has been conducting a 
restaurant business in this park for a number of years under oral ap- 
proval of the former park owner, Mr. Carl Bauers, and that, when the 
State acquired the property from Mr. Bauers, Mrs. Barclay agreed to 
vacate the premises by December 25, 1941; however, on December 12, 1941, 
she asked the state for a year's lease of the property on which her 
building is located so as to give her time in which to dispose of her 
holdings. Her request was denied by the Commission but she was given 
an extension of time of six months or until June 18, 1942, to vacate, 
which time is almost up and there is no evidence that she intends to 
move, in fact she has asked for the privilege of remaining until Decem- 
ber 15 of this year. Furthermore, she wants the state to buy her res- 
taurant building for $1,500 which the Parks Superintendent considers 
is fer more than the place is worth. He recommended payment of $250 
for the building, if the Commission feels so inclined, although in his 
estimation the Commission is not obligated in any way and could evict 
her from the premises if it so desires. This matter was discussed at 
some length during which the Commission expressed the thought that if 
there is any moral obligation to Mrs. Barclay because of her invest- 
ment it is an obligation of Mr. Bauer's rather than of the state. The 
Commission took no definite action on the matter. 


Sale of timber in Short Sand Beach State Park:-The Commission 
ordered the sale of this timber readvertised for bids to be received 
at the next meeting of the Commission in view of the fact that no 
bids for the same were received at this meeting. 


The Commission had under consideration the following request for an 
extension of time within which to complete highway construction work: 


Lindstrom Brothers, contract No. 2455, for reconstruction of an 
approach to the Hawthorne Street Bridge over the Willemette River on 
the Pacific Highway West, in Portland, Multnomeh County, requested 
an extension of time, from September 30, 1941, to April 7, 1942, with- 
in which to complete this job. They alleged their failure to com 
plete the project within the specified time limit was due to extra 
work ordered by the Engineer, The Engineer advised that, during the 
construction of the bridge, settlement of two of the piers took place 
and corrective measures were undertaken by the contractor under force 
account order; further thet it was necessary that the equipment used 
in raising the structure be left in place for a considerable length 


Agreement with the Union Pacific Company and the 0.1.R.&N. Com- 
pany relative to the lease of certain railroad property at Burns 
for installation of radio wires under ground. 


Application directed to Nehalem Valley Cooperative Electric 
Association for the furnishing of electrical service for the state 
truck scales near Olney. 


"Certificate of Termination" of insurance policy furnished in 
connection with the snow removal agreement with the Union Pacific 
Company and the 0.¥.R.&N. Company, being policy CA 66355 of Under- 
writers at Lloyd's London and Certificate No. 1528 issued by 
Hansen and Rowland, Inc., of Oregon. New insurance has been fur- 
nished in lieu thereof. 


Lease agreement with Southern Pacific Company providing for 
use of railroad property in North Bend for storage purposes. 


Bargain and sale deed conveying unto the Deschutes Grain and 
Feed Company certain property at the Madras Overcrossing on the Warm 
Springs Highway, Jefferson County. Real property file No. 3189. 


Bargain and sale deed conveying unto the City of Albany five 
parcels of lend in Albany. Real property file No. 7389. 


Bargain and sale deed conveying unto H. L. Beardsley 3308 
square feet of land situate in Block 242, Mills Second Addition to 
Klamath Falls. Real property file No. 9598. 


Bargain and sale deed conveying unto Mabelle de Young and Walter 
C. de Young property situate in Lots 2 and 3 of Block 2, Sixth 
Street Addition to the City of Klamath Falls. Real property files 
No. 9625 and No. 9625-A. 


Bargain and sale deed conveying unto Mary F. Parks property 
situate in Block 242, Mills Second Addition to Klamath Falls. Real 
property file No. 9596. 


The Commission discussed dates for its next two regular meetings for 
the receiving of bids and decided to hold such meetings in Portland on Thursday, 
June 25, and on Thursday, July 16, 1942. The Secretary was instructed to make 
the usual arrangements to hold these meetings in the auditorium of the Public 
Service Building. 


There being no further business to come before the Commission at 
this time the meeting was adjourned at 5:45 p. mM. 


State Highway Engineer salt: Cfeirman 
Secretary / Commissioner __ 


Contract No. 2525, with J. F. Johnston, for construc- 
: tion of the Rogue River Bridge near Grand Ronde on the Salm- 
t on River Highway, in Polk County. Completed April 28, 1942. 


Contract No. 2536, with Colonial Construction Company, 
for construction of rock toe embankment on the Corbett Sec- 
tion of the Columbia River Highway, in Multnomah County. 
Completed May 21, 1942. 


Contract No. 2550, with E. C. Hall Company, for the 
Sisters Rock Production Project on state highways near 
Sisters, in Deschutes County. Completed April 3, 1942. 


THEREFORE, BE IT RESOLVED, that the work covered by said 
state highway contracts for the construction of said state highway 
projects be declared completed according to the terms of the respec- 
tive contracts, and seid jobs are hereby accepted and final payment 
in connection with each is hereby authorized. 


The Commission considered and signed agreements, et cetera, as follows: 


Agreement with H. L. Claycomb, Ashland, with respect to a revi- 
sion of his service station site necessitated by the improvement of 
the Pacific Highway, in Ashland. 


Agreement with the California Western States Life Insurance 
Company with respect to the furnishing of group life insurance to 
state highway department employees. 


Agreements with the following contractors canceling certain 
state highway contracts in view of the War Production Board's rul- 
ing, Order L-41: Rogers Construction Company, contract No. 2528, 
Diversion Canal-Midland Overcrossing on the Midland Secondary High- 
way, in Klamath County; A. H. Saxton & Son, contract No. 2552, 
Campbell Bridge-Hazeldale Section of the Farmington Secondary 
ighway, in Washington County; Norris Brothers, contract No. 2553, 
Porcupine Butte~Chichester Gulch Section of the Shaniko-Fossil 
Secondary Highway, in Wheeler County; Rogers Construction Company, 
contract No. 2555, South Unit, Enterprise-Forest Boundary Section 
of the Enterprise-Lewiston Highway, in Wallowa County; and M. L. 
O'Neil & Son, contract No. 2556, Soda Mountain-Silvies Section of 
the John Day-Burns Highway, in Grant County. 


Agreement with Umatilla County providing for state maintenance 
é of the county road which extends from Hermiston to the Umatilla 
} Ordnance Depot, for the duration of the war. 


Agreement with the City of Oakland, Oregon, providing for the 
improvement of Locust Street between First Street and Second Avenue, 
: which street is not a state highway route. 


the first and lest axles of the combination of vehicles with provision that 
the maximum weight on any group of axles spaced 18 feet or less apart shall 
not exceed that determined by the formula W = 650 (L+40), wherein L equals 
the distance between the first and last axles of the group in question. This 
would permit a maximum load of 71,250 pounds for large trucks equipped with 
sufficient axles and adequately sized tires; and would provide a maximum load 
of 63,750 pounds on & combination of vehicles 50 feet long operating over 
Group 2 highways. The maximum weight of load that could be transported over 
Group 3 highways, he said, would be 54,000 pounds, which is the gross weight 
permitted by statutory provision under the formula Wi = 700 (L+40). 


He further suggested the adoption of e rule permitting over-all 
heights of 12 feet 6 inches for movements over Group 1 highways and over-all 
heights of 12 feet over Group No. 2 highways, and permitting a gross weight 
of 32,000 pounds on any set of tandem axles spaced more than 3 feet 4 inches 
apart, notwithstanding that the allowable weight on tandem axles so spaced, 
as determined by formula, might be less than 32,000 pounds. 


The matter was discussed at considerable length and as 4 result 
thereof the Engineer's recommendations were approved by Mr. Bantz and by the 
Commission subject to concurrence by Commissioner Oliver, and it was agreed 
that the highway departments of both states would confine the issuance of per- 
mits in accordance therewith. The Commission's action was confirmed by Com- 
missioner Oliver on the following day at which time the Commission adopted 
% resolution covering the matter. 


A letter from Donald M. Nelson, Chairman of the War Production Board, 
directed to Governor Sprague, in which request was made for liberalization of 
the restrictions on log hauling, was also discussed. 


The Engineer suggested that it would be proper to give log haulers 
the benefit of the increase in weights granted other truckers so as to pro- 
vide a uniform rule covering all classes of truck hauling. He pointed out that 
the law now allows © 68,000-pouna gross load on logging. vuquipment, consisting 
of a tandem-axle truck and tandem-axle semitrailer, subject to the application 
of the formula W = 750 (L+40), and of the formula W = 650 (L+40) for groups of 
r less apart; but gross loads on a combination of vehi- 
e-axle truck and tandem-axle semitrailer, are limited 
O per cent tolerance or 59,400 pounds, based on the 
formula W = 700 recommended increasing the tolerance allowed on the 
last-mentioned combination o 5,400 pounds to 7,000 pounds, if the © 
over-all axle spacing is 40 feet or more, which would permit a gross load of 
61,000 pounds; and a tolerance of 5 per cent on the gross load permitted on the 
first above-mentioned combination of vehicles which would permit a gross load 
of 71,400 pounds. Such increases, he seid, would provide for uniformity of 
loadings and would be in compliance with the order of the Office of Defense 
Transportation. He further recommended that weighmasters be instructed not to 
request the surrender of the Puc plates carried on single-axle logging equipment 
with axle spacing of 40 feet or more, unless the gross weight exceeds 61,000 


Portland, Oregon, June 24, 1942 


The State Highway Commission met in regular session at 8:00 p. m, 
in Room 515, Imperial Room, Imperial Hotel. Present were: 


Henry F, Cabell, Chairman 

Huron W. Clough, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


Commissioner Oliver was excused, However, he attended the meeting on the fcl- 
lowing day at which time he approved the action taken by Chairman Cabell and 
Commissioner Clough at this session. 


The Commission conferred with Burwell Bantz, Director of Highways, 
and 0. R. Dinsmore, Construction Engineer, of the State of Washington, who were 
present, with respect to the grenting of permits authorizing the transportation 
of commodities over state highways involving gross weights in excess of the 
Oregon statutory weight limits, particular reference being given to Orders 3, 
4 and 5, recently issued by the Office of Defense Transportation relative there- 
to. The Engineer pointed out that the laws of Oregon limit the overall length 
of combination of vehicles to 50 feet and the gross weight to 54,000 pounds, 
whereas, the adjoining states permit combinations of vehicles 60 feet long and 
gross weights of 68,000 pounds and, as a consequence, a bottleneck situation 
exists in Oregon, which is working adversely to the best interests of the country 
in the war effort. He explained the order made by the Office of Defense Trans- 
portation which, he said, was amended to limit gross weights of motor carriers 
to those which may be moved over public highways without overstressing highway 
surfaces and bridges, and suggested that the Commission take action permitting 
the longest and heaviest vehicles to operate over Oregon highways with reason- 
able protection to the traveling public and consistent with the carrying capac- 
ity of road surfaces and bridge structures as evidence of full cooperation with 
the aims and objectives of the Office of Defense Transportation. 


He further suggested the classification of the roads in Oregon into 
three groups: Group No. 1 to include those roads, having strong bridges, that 
are wide and straight enough to accommodate 60-foot length vehicles without 
any portion of the same encroaching on the opposite traffic lane. Group No. 

2 to include those roads which are not wide and straight enough to accommodate 
60-foot length vehicles but whose road surface and bridges are strong enough 

to withstand loads weighing more than the limits previded by the Oregon statutes. 
Group No. 3 to include those roads which are neither wide enough nor straight 
enough to accommodate vehicles having an over-all length in excess of 50 feet 

and whose pavements and bridges are not capable of standing up under gross 

loads in excess of those authorized by statute. 


He further suggested that the maximum load permitted on Group No. 1 
highways be limited to that determined by the formula W = 750(L+40), wherein 
W equals the gross weight in pounds and L equals the distance in feet between 


declared acceptable to the State Highway Commission as bases of set- 
tlement for the properties involved, and that the acquisition of the 
properties should be completed: 


NOW, THEREFORE, BE IT RESOLVED that the several offers, or 
bases of settlement hereinafter enumerated be, and the same hereby 
are, approved and accepted, and that the Attorney for the State High- 
way Commission be, and he hereby is instructed to complete the acquisi- 
tion of the said properties and to take title thereto in the name of 
the State of Oregon. The said properties hereby ordered and author- 
ized to be acquired are as follows: 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


6547-LeFrentz, Jurgen a 7.0 $200 per acre, plus 


(Correction) $5100 Collins 
6548-Stein, Carl & W. M. R/W 0.21 $200 per acre, plus 
$108 
R/W 0.25 $200 per acre, plus 


afte! ° - « “se fe 

$200 per acre, plus 

$21.25 
5200-Moshofsky, Geo. Es $200 per acre, plus 

$36.25 

5218-Baker, Samuel W, $314.14 per acre, plus 
moving bldg. (Estd.) 
$300; in addition the 
State is to convey to 
grantor 2.06 acres, con- 
sideration $600 " 
$300 per acre 
$250 per acre 
$259.74 per acre 
$197.37 per acre 
Gratis - plus $58.75 " 


A 


Berge) es { 
10252-Mo , Edw. G. 


5199-Westhoff, Wm. 
(Correction) 


Es] 

2 
es 
Win 


oooOoYy 
why 


Bake 


5198-Losli, Susanna R/W $220 per acre, plus 


$910 


10466-Pointer, Lewis and Easement Road Easement Agreement - and 
Genevieve Castles Agreement the State is to construct 
Clark driveway and guardrail, (Estd. 
$100) : Landon 
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Pounds and, unless the gross weight exceeds 71,400 pounds in the case of tandem- 
axle truck combinations. The Commission approved the recommendation subject 

to concurrence by Commissioner Oliver. (Mr. Oliver stated his approval on the 
following day) 


The Commission also considered the matter of permitting log haulers 
to truck haul logs on state highways during holidays. It was the Commission's 
decision that such movements should be authorized in view of the present war 


be modified to permit log hauling on state highways at all times, both day and 
night, except during the three-hour period between 9:00 Pp. m. and midnight. 


The matter of insuring highway department properties against damage 
which might result from enemy attack had the consideration of the Commission. 
The Commission decided, subject to Commissioner Oliver's approval, to accept the 
offer of the Federal Government through its War Damage Corporation with respect 
thereto, and thereupon authorized and instructed the Engineer to make provision 
at once for such insurance coverage on the following properties: Interstate 
Bridge over the Columbia River between Portland and Vancouver, Washington; num 
erous other important bridges throughout the state; automobiles in dead storage; 
and certain buildings, storehouses, and the highway department laboratory build- 
ing in Salem, Such insurance is estimated to cost approximately $22,000.00. 

Mr. Bantz stated that the Washington Highway Department had not intended to take 
out insurance on the Interstate Bridge between Portland and Vancouver; however, 
inasmuch as the Oregon Highway Commission wants to insure this structure, he 
will discuss the matter again with Governor Langlie of Washington and advise 
whether or not the State of Washington would participate in the cost thereof. 

(He later advised that the State of Washington would participate in the cost 

of insuring this structure. Commissioner Oliver approved the Commission's action 
on the following day) 


The Attorney requested authority to acquire certain parcels of real 
property that are needed for various highway improvements throughout the state. 
He submitted a list of such properties together with offers that he recommended 
be made in connection with each. After careful consideration the Commission 
approved the request and thereupon by unanimous vote adopted the following reso- 
lution in regard thereto: 


WHEREAS, in connection with the further improvement of the 
highways hereinafter designated, it is and has been necessary to acquire 
property for right of way, quarry sites, gravel or bvther material sites, 
or sites for the storage of materials, as hereinafter more definitely 
set forth, and 


WHEREAS, as a result of negotiations carried on with the 
omers of the property required, options have been obtained, which op- 
tions have been considered by the Commission, outlining the bases of 
settlement which have been agreed upon, and 


WHEREAS, it is the judgment of the Commission that the said 
options should be approved and accepted, and/or the said reports be 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


e ion i 
10367-Crabtree, Duane 7 1.36 $73.53 per acre, + 


fencing McChesney 
9984-Poole, Delbert N. R/W 0.72 $20 per acre 
0.96 $10 per acre, + $76 McChesney 
1.68 i 
10413-Medford, City of R/W 1,370 sq.ft. GRATIS Witt ; 
10419-Dye, Clifford L. R/W 500 sq.ft. 2¢ sq.ft. " ae 
10416-Spiegel, Chas. R/W 1,000 sq.ft. 2¢ sq.ft. " Be 
10285-Spokane, Portland & Storage Oil storage 
Seattle Railway Co. Site lease $10 per year DeSouza 
t 
10433~Snook, William H. 7 1.4 $25 per acre, plus 
$40 McChesney 
10471-U. S. Government R/W 151.72 Gratis - The State 


is to build fences * 


10277-Deyo, Helen et al 7h 0.50 $20 per acre Cozad 


10281-Gilliam County R/W 5.45 Gratis " 
10485-Commission of Public Docks 3uilcings $25,000 McCallister 


7050-Oregon State Game Maintenance 8.99 Lump Sum - $5500 Devers 
Commission Site 


The Engineer brought up for discussion the sale of scrap tires for 
which bids were received by the Commission at the previous meeting. He recalled 
that the bids were referred to him to sell to the high bidder after investigat- 
ing the prices; however, the Federal Government's call for scrap rubber was re- 
ceived before he was ready to make the awards and, upon telephonic authority 
received from the Commission, he sold the tires to the Federal Government at 
one cent a pound which is one-half cent higher than the highest bid received by 
the Commission, thus realizing approximately $500 more than would have been re- 
ceived if the material had been sold to the junk dealers. The Commission ap- 
proved such arrangement. 
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Section, Hwy., and Owmer Purpose Acres Approximate Amounts Agent 


(Irwin & Lyons) sq.ft. 5é sq.ft. 
(Correction) 10,650 plus $1067.50 
9486-Coos County (Correction) R/W 9,000 sq.ft. 8 3/4¢ sq.ft. 
3,000 sq.ft. 8 4 sq.ft. 
6,000 sq.ft. 5. sq.ft. 
15,000 sq.ft. 0.5834 sq.ft. 
2,500 sq.ft. 11/34 sq.ft. 
2,400 sq.ft. 3.1254 sq.ft. 
2,800 sq.ft. 3¢ sq.ft. 
-1,625 sq.ft. 3 1/3¢ sq.ft., 
48,325 $466 ® 


Ri 
; 
fb 
| 


j : ¢ I py COrD ; BSS rw 
me sq.ft 8q. ft. McCallister 
Tf 5,000 sq.ft. 2¢ sq.ft. 
th 77500 
' 10407-Summers, Mary Christiana, 
and Leland Field R/W 0.56 $803 plus per acre, 
' Maybach (Correction) + $225 " 
: 10398-Gentzkow, Jessie L. R/W 3,772 sq.ft. 2¢ sq.ft., + $425, + 
: (Correction) moving building (low 
4 bid $1460) ” 
tt 10389-Mason, Merta J. 
: (Correction) R/W 0.22 $600 per acre, + $368, 
+ $1100 for moving Wag. 
10486-Portland, City of R/F 5,000 sq.ft. 4¢ sq.ft. 
ES ee 
; 10355-Fullington, Geo. L. R/W 6.32 $100 per acre, + $968 Parker 
: 10357-Prudential Insurance R/W 3.32 $100 per acre, + 
: Company $313.70 " 
10354-Prudential Insurance R/V 3.35 $100 per acre, + $307 " 


Company 


10261-Clark, Edgar N. Fy 1.07 $100 per acre, + $80.15; 


if crop is harvested be- 
fore construction starts 
$21.40 to be deducted Gardiner 


8991-Stafford, Lloyd E. 2.415 $125 per acre, plus 
(Correction) $3321, plus ($400 estimated) 
drilling well Benson 


4 
rd 


=) 


Mr. Elkins more than $10,000 and he recommended an offer in such amount. Com 
missioner Clough concurred. The Attorney was thereupon authorized to negotiate 
further with Mr. Elkins on such basis. 


The Attorney also brought up for discussion the acquisition of the 
gurcher property, in Washington County, a portion of which is needed as right 
of way for the Wolf Creek Highway. He reported a conference with Mr. Patterson, 
attorney for the Zurchers, at which Mr. Patterson made two alternate offers of 
settlement, one of which involves purchase of 25.36 acres needed for right of 
way and 136.8 acres, situate on the north side of the highway, at $185 per 
acre or a total of $30,314.60; and the otner involves the purchase of ali of 
the Fred Zurcher holdings, in addition to the right of way, approximately 222 
acres, at $175 per acre or & total of $38,878.00. Should the Commission 
elect to settle on the basis of the second offer, he said, land not needed 
could be sold at approximately $150 per acre so that the state's final invest- 
ment in the right of way, including 5 per cent commission to the real estate 
agent, would actually amount to $10,334, compared with $11,174 for right of 
way alone with damages and fencing. The Commission declared that it is not 
interested in any transaction that involves the acquisition of land other than 
right of way. The Attorney was instructed to so inform Mr. Patterson and to 
advise him further that the Commission is ready and willing to purchase the 
right of way only, if it can be obtained at reasonable cost. 


The Commission adjourned. at 11:00 p. m. to reconvene on the following 
morning in the auditorium of the Public Service Building. 


Portland, Oregon, June 25, 1942 


The State Highway Commission reconvened in regular session at 9:00 
a. m. in the auditorium of the Public Service Building. Present were: 


Henry F. Cabell, Chairman 

Huron W. Clough, Commissioner 

Herman Qliver, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


Bids, as follows, for highway construction, sale of timber, sale of 
buildings in North Bend, and rental of state-owned heavy construction equipment 


were opened and read in accordance with previously published notices, following 
which Chairman Cabell announced that the awards would be made at 2:30 p. m. in 


the same rooms 


PACIFIC HIGHWAY 
NORTH DILLARD BRIDGE SECTION 
WOODEN BRIDGE AND APPROACHES 


No bids received on this project 


hes ee, Me 5) 


In this connection the Engineer suggested that it would be helpful to 
the government, during the present rubber shortage, if a thorough canvass were 
made of highway premises for worn out rubber casings which could be sold to 
the government at one cent & pound, also if maintenance men were authorized 
to pick up rubber accumulations deposited on the highway right of way by pri- 


station, provided it is to be donated to the government. This could be done, 
he said, by the maintenance men in the performance of their regular duties. 


The Commission had under consideration the controversy pending be- 
tween the Commission and Dr. C. J. Moser of Grants. Pass concerning real prop- 
erty which the state seeks to acquire for highway purposes, and which contro- 


Highway Commission, and later, at the request of Dr. Moser, was viewed again 
by Commissioner Clough in company with Dr, Moser. After a report made by Com- 
missioner Clough with respect to his view of the Property and his conf erence 
with Dr. Moser on the ground, and after thorough discussion and deliberation, 
the Commission adopted the following resolution with regard thereto: 


RESOLVED that as a compromise offer only, and for the pur- 
pose of avoiding the trial of the pending case, the Commission's 
Attorney be and he hereby is instructed to make the following alter- 
nate offers to Dr. Moser or his attorney, Mr. Niel Allen: that the 
State accept a ten-year lease covering the property and the 


ee 


property. 


OT Ne TIT” 1: 


(See following day for Attorney's report and additional resolution) 


The Attorney brought up for discussion the controversy with Mr. A. FP. 
Elkins with respect to the acquisition of right of way needed for the revision 
of the Pacific Highway West, south of Monmouth. It appears that Mr. Elkins is 


Yi 
» 
i 


from $4,900 to $6,200.00. Chairman Cabell advised that he has inspected the 
property and is convinced that Mr. Elkins has just cause for special complaint, 
He gave as his thought, however, that the Commission is not justified in paying 


f ' 
a vhey Sie wey 
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VY RU I 
No formal bids received 
fe) N NEHALEM K COUNTY 
No bids received 
SALE OF RESIDENCE BUILDINGS IN NORTH BEND 
Building No. 9559 (Former owner R. L. Cavanaugh) 
Hillar & Eickworth $30.00 


Building No. 949) (Former owner Coos Bay Longshoremen Beneficial Assn.) 


No bids received 


Building No. 9486-4 (Former owner Coos County) i 


J. J. Borcher $50.00 
A. H. Pressnall 20.00 
Hillar & Eichworth 16.00 


i) Building No. 9498 (Former owner Cora Swanson Coyle) 
No bids received 


Building No. 950) (Former owner Ira L. Goodlin) 
Hillar & Eichworth $58.00 


Building No. 9560 (Former ower J. H. Tewsley) 
No bids received 

Building No. 9499 (Former owner John Sandine) 
No bids received 

Building No. 9493-4 (Former owner Independent Stevedoring Company) 
No bids received 

Building No. 9486-8 (Former owner Coos County) 


No bids received 


| Building No. 9506 (Former owner John MéNebb) 
: 
4 No bids received 


JOHN DAY HIGHWAY 
PRAIRIE CITY-DADS CREEK SECTION 
SURFACING, OILING AND CRUSHED GRAVEL 


No bids received on this project 


CENTRAL OREGON HIGHWAY 
BUCHANAN ROCK PRODUCTION PROJECT 


No bids received on this project 


PACIFIC HIGHWAY 
JUDKINS POINT SECTION - GRADING AND PAVING 


Using Asphalt Using Tar 
McNutt Brothers $360, 708.50 $360, 708.50 


PACIFIC HIGHWAY 
JUDKINS POINT OVERCROSSING, NEAR EUGENE 


Barham Brothers 


$78,192.50 
McNutt Brothers 84,080.00 . 


NORTHEAST GOING STREET IN PORTLAND 
CONSTRUCT OVERCROSSING OVER UNION PACIFIC TRACKS 


Tower Sales and Erecting Company $23,980.00 
Lindstrom Brothers 27,855.00 


PACIFIC HIGHWAY WEST 
SECTION "A" OF THE MONMOUTH-BENTON COUNTY LINE SECTION - PAVING 


Edlefsen-Weygandt Company $219,510.00 
McNutt Brothers 237,053.00 


PACIFIC HIGHWAY WEST 
SECTION "B" OF THE MONMOUTH-BENTON COUNTY LINE SECTION 
GRADING AND PAVING 


McNutt Brothers $278,603.50 


PACIFIC HIGHWAY WEST 
MONMOUTH-LEWISBURG SECTION ~ CONSTRUCT LUCKIAMUTE RIVER BRIDGE 


Averill and Corbin $15, 313.00 
J. F. Johnston 16,535.00 
O. N. Pierce 16,850.00 
McNutt Brothers 27,170.00 


Building No. 2528 (Former owmer H. W. and Jessie Lee Clark) 
No bids received 

Building No. 252,-A (Former owner Clyde and Iva Butcher) 
No bids received 

Building No. 9529 (Former owner Luella Butcher) 
Kittel Ness 


Hillar & Eickworth 
A. H. Pressnall 


Roy T. Douglas 

Building No. 9530 (Former owner R. M. Hazelton) 
No bids received 

Building No» 9532 (Former owner Clara Bustrin) 


Kittel Ness 
Hillar & Eickworth 


Building No. 9646 (Former omer A. M. Haley) 


No bids received 


Building No. 9534 (Former owner Elma Moss, et al.) 
Roy T. Douglas $100.00 


The Engineer brought up for discussion the following projects which 

were advertised for bids to be received at this meeting but in connection with 
which no bids were submitted: surfacing and oiling the Prairie City-Dads Creek 
Section of the John Day Highway, in Grant County, and the North Dillard Bridge 
Section of the Pacific Highway, in Douglas County. He advised that the Prairie 
City-Dads Creek Section is in extremely bad condition and must be improved. 
He recommended that the work be done with state forces because it is apparent 
that contractors are not interested in the job as they have submitted no bids, 
so if the work is done this year it will have to be as a state force project. 
The Commission approved the cecommendation. 


As to the North Dillard Bridge, the Engineer pointed out that this 
project has been advertised for bids on two occasions, the first time was on 
the basis of concrete construction when only one bid was received, which bid 
was rejected as being too high. The project was readvertised on the basis of 
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Building No, 9486-¢ (Former owner Coos County) 
No bids received 


Building No. 9530 (Former omer C. B. and M. Flock) 
Margaret Flock 


Building No. 9513 (Former owner Ada Hartley Lee) 
Mrs. Ada Hartley Lee 

Building No. 9516 (Former owner A. T. Andrews) 
Atwell T. Andrews 

Building No. 9518 (Former owner P. M. Ross) 
No bids received 

Building No. 9519 (Former owner J. H. McDonald) 

auto court cabins, and garage 

Hillar & Eickworth 
Jack McDonald 


W. H. Kennedy 
Building No. 9520 (Former omer H. D. Harris) 


H. D. Harris 


Building No. 952) (Former omer K. Horn) 


No bids received 


Building No, 9522 (Former owner J. Gildersheim) 


No bids received 


Building No. 9524 (Former owner Iva B. Butcher) 


Hiller & Eickworth 


Building No. 9486-D (Former owner Coos County) 


No bids received 


$25,00 


$135.00 


$20.00 


$15.00 
$176.50 


$44.00 


$160.00 


$31.50 


particularly described as being a portion of Lots 29 and 30 of Block 34, Plat 

"BY Coos Bay Addition to North Bend. He advised that this property is of no 
value from the state highway standpoint and recommended acceptance of Mr. Andrews 
offer. The Commission approved the recommendation. 


The Attorney also presented the offer of Mr. Chester H. Hamaker to 
pay $30 per month rental for certain state-owned property adjacent to South 
Sixth Street, Klamath Falls. He advised that Mr. Hamaker is the original ower 
of this property and is now maintaining certain buildings thereon; further, that 
he has agreed to vacate the premises immediately upon 30-days' notice. He rec- 
ommended acceptance of the offer. The Commission approved the recommendation. 


The Attorney requested instructions relative to the collection of 
rentals on buildings that were acquired by the Commission in connection with 
the proposed improvement © i i the Plaza Corner in Ashland. 
He recalled that, at the request of the people o cause war condi- 
tions have postponed construction of the Plaza pro ecided 
not to wreck the buildings now occupied by the Pos 
Billings and J. D. Mars, who are paying rental for the same. 
tion arose, in view of the fact that the buildings have been sold and the state 
now simply owns the land on which the buildings stand, how much the state should 
benefit in the rental payments. He recommended the splitting of such payments 
on a 50-50 basis with G. S. Butler, the present omer of the buildings, to whom 
they were sold for wrecking. After discussion the Commission approved the rec- 
ommendation. 


Reconsideration was given by the Commission to the matter of partic- 
ipating in the maintenance of Champoeg State Park. The Attorney questioned the 
legal authority of the Highway Commission to spend state highway funds for suck 
purpose. The Commission indicated a desire to cooperate with the Provisional 
Government Park Commission in this undertaking and authorized an advancement 
of state highway funds to pay for the work if done by state highway forces, 
provided the Provisional Government Park Commission will agree to reimburse 
the State Highway Commission im full later. The Attorney was instructed to 
discuss the matter with Mr. Omar G. Spencer, Chairman of the Provisional Gov- 
ernment Park Commission, from that standpoint. 


The Commission had under discussion the matter of permitting Mr. John 
H. Shively, Elsie, and several other parties to continue to maintain their resi- 
dence buildings on state highway property adjacent to the Wolf Creek Highway 
near Humbug Creek. The Engineer advised that these parties are all employed 
on logging operations in the nearby vicinity and for some time past have been 
maintaining their residences in small shacks located on the state's property, 
notwithstanding that they had no authority to do so}; further, that they have 
been ordered on several occasions to vacate the premises but are reluctant to 
do so, stating that they have no convenient place to move to and would like to 
stay where they are, at least until their garden truck has been harvested. He 
pointed out that it is strictly contrary to the policy of the Commission to 


permit such encroachments and recommended that they be required to move off the 
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construction of a wooden bridge but no bids were received. He pointed out 

that the bridge is in very bad condition and must either be replaced by a new 
structure or undergo extensive repairs. He recommended, in view of the seri- 
ousness of the situation and the necessity to provide a suitable structure with- 
in the shortest possible time, that the Commission authorize repairs to the 
existing structure with state forces as a minor betterment project. The Com- 
mission approved the recommendation. 


Mr. James Frankland, Regional Engineer, United States Forest Service, 
was present and asked the Commission to reconsider the action recently taken 
permitting the construction of a power pole line over the Forest Service tele- 
phone line on the McKenzie Highway near Leaburg Dam. He advised that for many 
years the Forest Service has maintained a telephone line along the north side 
of the highway at this point and, in their estimation, the overbuilding of the 
Same with a high voltage power line will create a very undesirable hazard which 
they wish to avoid, if possible. He Suggested that the power company be per- 
mitted to build its pole line along the south side of the highway, notwithstand- 
ing that the McKenzie River is in close proximity to the highway at such point. 
It was pointed out to Mr. Frankland that this location is one of the fine 
beauty spots along the McKenzie Highway which the Commission wants to preserve 
and that in the Commission's estimation a pole line along the south or river 
side of the highway would detract greatly from the aesthetic features; also, 
that it has been the policy of the Highway Commission for many years to 
deny requests for pole line construction on highways under such circum- 
stances, which policy, according to the Commission's understanding, coincides 
with that of the United States Forest Service, hence the Commission cannot 
grant the request. Mr. Frankland accepted the Commission's decision in the 
matter. 
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Mr. Phil Berthiaume of the California Western States Life Insurance 
Company was present in regard to the furnishing of group life insurance to 
highway department employees. Mr. Berthiaume recalled that the Commission 
recently authorized his company to secure applications for such insurance from 
the hourly-paid men only, and advised that they have run up against difficul- 
ties with respect to including certain employees who work part time on an hour- 
ly basis and part time on monthly-salary besis. He asked the Commission for 
instructions as to how to handle such employees and suggested that it might be 
satisfactory to include in the arrangement all maintenance and shop men, re- 
gardless of whether or not they are employed on the hourly or salaried basis, 
which would make it a clean-cut proposition. The Commission took the matter 
under advisement. 


i Fa ed 


“ Po tenes 


The Engineer presented a report on estimated motor vehicle use for 
the next several years, together with a statement of estimated revenues from 
such source, which discloses a possible serious shrinking of income and the 
need to conserve every dollar possible. The Commission approved the report and 
ordered it filed. 


MRT: Sine 


The Attorney presented an offer from Mr. A. T. Andrews, North Bend, 
to purchase, for the sum of $123, certain state-owned property in North Bend, 


oar 
oo 


such changes were provided for in the right-of-way settlements. He further ad- 
vised that no complaint was filed as to the functioning of Mrs. MacDonald's 
ditch until July of 1941, et which time investigation was made and it was ascer- 
tained that it would cost between $1,500 and $2,000 to alleviate the damage. 

It appeared to the Commission that the state assumed responsibility for the 
damages at the time that it took over this highway as 4 state highway in which 
case it probably is the state's obligation to make the repairs. However, 4 
definite decision in the matter was deferred pending a report as to what actu- 
nlly has to be done to satisfy Mrs. MacDonald and how much it will cost to do 
the work. The matter was referred to the Engineer for investigation end report. 


The Commission discussed the advisability of abandoning 4 portion of 
the Eagle Point-NcAllister Springs Section of the Little Butte Secondary Hi¢h- 
way, in Jackson County, and of abandoning a portion of the Dee-Parkdale Section 
of the Hood River Secondary Highway, in Hood River County. The Engineer rocon~ 
mended abandonment of both sections because the highway alignment has been re- 
vise@ in both instances and the old right of way is no longer of value from 
the state's standpoint. The Commission approved the recommendation and ty unan- 
imous vote adopted the following resolutions relative thereto: 


WHEREAS, in order to afford a better alignment and a more sat- 
isfactory, safe and convenient highway for the traveling public, the 
Commission found it necessary to relocate a portion of the Eagle Point- 
McAllister Springs Section of the Little Butte Highway in Jackson County; 
and 


WHEREAS, by reason of said relocation and reconstruction of 
the said section of said highway there were eliminated and made unnecef— 
sary as parts of the permanent highway certain sections or parts there-- 
of, which sections are more specifically defined and designated herein- 
after in this resolution; and 


WHEREAS, it is the judgment and opinion of the Commission that 
there should be recorded in the minutes and records of the Commission 
its purpose and plan to abandon as a part of the said state highway the 
fragments or portions of right of way hereinafter designated and here- 
tofore included within the area of the right of way of the said highway 
as formerly located, improved and used; 


NOW, THEREFORE, the premises being in generai as above stated, 
it nereby is resolved by this Commission, all members being present an: 
affirmatively participating, as follows: 


1. That the fragments of land confined within the areus of 
land hereinafter designated, which fregments or parcels of land were 
formerly within the limits of the right of way of the Eagle Pcint- 
McAllister Springs Section of the Little Butte Highway in Jackson 
County but are now without the limits of the right of way of said high- 
way as said highwey hes been relocated and constructed, be and said 
fragments or parcels of land or portions of the old right of way are 
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state's property at once. The matter was discussed at some length during 
which the Attorney suggested that these people be forced to vacate the state's 
property but that they be allowed to harvest their garden truck when it is 
ready. The Commission approved the Suggestion and so ordered. 


The Attorney brought up for discussion matters pertaining to the ac- 
quisition of the State Game Commission property at Union, in Union County. 
He recalled that, at a recent meeting of the Commission, he was instructed to 
investigate title to the property and to suggest a way that the Highway Commis- 
sion could acquire it, if it wants the property, without evicting the Union 
County Gun Club, which for a number of years has been making use of a portion 
of the property under special arrangement with the State Game Commission. He 
gave as his opinion that the proper way to conclude this matter would be to 
secure a deed from the Game Commission and to lease to the Gun Club, for a 
specified length of time, the area that it is now using under its arrangement 
“with the Game Commission, The Engineer advised that the property can be used 
to very good advantage in connection with highway maintenance work and recom— 
mended purchase of the property at $5,500 and that the Gun Club be given a 
lease on the portion that it is now using until such time as the property is 
needed for state highway purposes. The Commission approved the recommendation 
end thereupon authorized the inclusion of this item in the real property reso- 
lution adopted on the previous evening. 


The Commission approved and signed a deed of easement conveying unto 
the City of Redmond a strip of land 20 feet wide off the west side of Block 71, 
original townsite of Redmond, which property is being conveyed unto the City 
of Redmond in exchange for city property needed by the state. 


A letter was presented from Frank Branch Riley in behalf of a client 
who wishes to purchase a portion of the old United States Spruce Production 
Reilroad right of way, in Lincoln County, that was acquired by the Highway 
Commission some time ago from the Southern Pacific Company, so as to fill out 
her present holdings at this location. The Engineer advised that the old rail- 
road right of way was acquired by the Commission as a part of its general plan 
for the acquisition of an ocean-side freeway and could not be disposed of with- 
out defeating the purpose for which it was obtained; further, that it was in- 
tended at some future time to purchase, if possible, private property situate 
between the old railroad and the highway which would include certain land owned 
by Mr. Riley's client. The Commission decided in view of the circumstances not 
to dispose of the property at this time and instructed the Engineer to so in- 
form Mr. Riley. 


The Commission discussed a letter from Mrs. Kate MacDonald, Dayville, 
Oregon, requesting the repair of an irrigation ditch on her property located 
adjacent to the Ochoco Highway near milepost 101.2, Wheeler County, which she 
alleges was damaged by the state's contractor during construction of the high- 
way. The Engineer advised that the highway was built in 1930 on right of way 
purchased by the county and that the alteration of irrigation ditches, removal 
of buildings, construction of cattle passes, et cetera, were considered at 
that time a part of the right-of-way purchase, and ordinarily arrangements for 4 


a 


WHEREAS, in order to afford a better alignment end a more 
satisfactory, safe and convenient highway for the traveling public 
the Commission found it necessary to relocate a portion of the Hood 
River Highway in Hood River County; and 


WHEREAS, by reason of said relocation and reconstruction 
of said section of highway there were eliminated and made unnecessary 
as parts of the permanent highway certain sections, which sections 
are more particularly defined and described hereinafter in this reso- 
lution; and 


WHEREAS, it is the judgment and opinion of the Commission 
that there should be recorded in the minutes and records of the Com- 
mission its purpose and plan to abandon as a part of the said highway 
the fragments or portions of right of way hereinafter designated and 
which were heretofore included within the area of the right of way 
of said highway as formerly located, but which are now without the 
reguler limits of said highway as relocated. 


NOW, THEREFORE, the premises being in general as above 
stated, it hereby is resolved by this Commission, all members being 
present and affirmatively voting, as follows: 


1. That the fragments of land confined within the area 
hereinafter described, which fragments or parcels of real property 
were formerly within the limits of the right of way of the Dee- 
Parkdale Section of the Hood River Highway, but are no longer parts 
of the right of way of said highway as the same has been relocated 
and constructed be and said parcels of real property are abandoned 
as parts of the right of way of said highway, and said parcels of 
land are, so far as control and supervision by this Commission is 
concerned, eliminated and left to revert to the adjoining and 
abutting property owners, or to the control and supervision of the 
County Court of Hood River County for highway or other public pur- 
poses as the Court may determine. The fragments or parcels of land 
affected by this resolution are defined and described as follows, 
to wit: 


All those certain parts of the old right of way of the 
Dee-Parkdale Section of the Hood River Highway, in Section 
19, Towmship 1 North, Range 10 East, W. M., Hood River 
County, lying on the easterly and westerly side of the right 
of way required for the reconstructed Hood River Highway. 


The location of said abandoned right of way may be more 
definitely and particularly ascertained and determined by reference 
to a map or blueprint marked Exhibit A attached hereto and by this 
reference made a part hereof, which said exhibit for identification 
purposes bears the signatures of W. E. Chandler, Division Engineer, 
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abandoned as parts of the right of way of said highway, and said frag- 
ments or parcels of land or old right of way are, so far as control 
and supervision by this Commission is concerned, eliminated and left 
to revert to the adjoining and abutting property owners or to the con- 
trol and supervision of the County Court of Jackson County for highway 
or other public purposes as the Court may determine. The fragnents 

or parcels of land affected by this resolution are defined and desribed 
as follows, to wit: 


All those certain parts of the old right of way of the 
Eagle Point-McAllister Springs Section of Little Butte High- 
way in Sections 19, 20, 21 and 22, Township 35 South, Range 
2 East, W. M., Jackson County, lying on the southerly and 
northerly side of the right of way required for the recon- 
structed Little Butte Highway, the beginning and ending 
points with reference to the engineer's stations of the 
said reconstructed hi being station 548+40 on the west- 
erly end and station 691+30 on the southerly end. 


The location of said abandoned right of way may be more definitely 
and particularly ascertained and determined by reference to a map or 
blueprint, marked "Exhibit "A", attached hereto and by this reference 
made a part hereof, which said exhibit for identification purposes 
bears the signatures of K. D. Lytle, Division Engineer, H. G. Smith, 
Construction Engineer, and C. B. McCullough, Assistant State Highway 
Engineer, and is dated May 29, 1942, upon which map or exhibit there 
are reflected the above described parcels of land by showing the same 
shaded in red, + 


2. In the event there remains any physical connection be-- 
tween any portion of said abandoned right of way or highway and the 
present highway, and by reason of such physical connection traffic 
from the existing highway may enter or use the said abandoned portions 
of the said old road to the possible damage or injury of such traf- 
fic by reason of any unsafe condition existing with respect to said 
old or abandoned road, then the State Highway Engineer is hereby auth- 
orized and directed to erect such barricade or other safeguards as 
may be necessary to protect and safeguard traffic using and employing 
said newly located, constructed and dedicated section of said highway. 


3. That this resolution be entered in the mimutes and 
records of the Commission and a certified copy thereof promptly deliv- 
ered to the County Court of Jackson County, together with ea copy of 
said map or exhibit, for such action as said County Court may desire 
to take with respect to said fragments of land, and should said 
abandoned sections of the right of way of said highway be further 
employed for public or private highway purposes such use shall be en- 
tirely under the control and supervision of the County Court of 
Jackson County and beyond any responsibility or supervision by the 
State Highway Commission. 


“Map Filed Right of Way Abcndonment and Retention File ~ No. 104 
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with its proposed ferry terminal, to facilitate the transportation of shipyard 
workers to the shipbuilding plants at Swan Island, St. Johns, and Vancouver, 
and that the city has adopted an ordinance, being Ordinance No. 77372, grant- 
ing such privilege until such time as the property is needed in connection 
with the construction of the Front Avenue project (U. S. Highway 99H), provided 
the corporation will vacate the premises on 90-days' notice and will restore 
the area to substantially its present condition when the Oregon Shipbuilding 
Corporation's use of the property is terminated. The Engineer recommended ap- 
proval of the city's action as an emergency war measure inasmuch as the highway 
improvement at this location has been indefinitely postponed and that no charge 


be made for the use of the property. The Commission approved the recommenda— 
tion. 


Messrs. Clifford Wilson and Charles Kingsley, representing Pope and 
Talbot Logging Company, came before the Commission and requested relief from 
the furnishing of two flagmen in connection with the transportation of long 
poles and piling over state highways. They particularly requested authority 
to eliminate the rear flagman or pilot car in view of the fact that it is ex- 
tremely difficult under present war conditions to secure men to perform this 
duty. They also asked the Commission to modify the requirements of its present 
log-hauling permits so as to do away with any flagman whatsoever along sections 
of highways where sight distance is good for a considerable distance in front 
of and behind the loads, such request being made in the interest of conservation 
of tires. The Commission denied the request for the elimination of flagmen as 
a general rule; however, instructed the Secretary, @s 4 trial proposition, to 
prepare permits so as to eliminate flagmen except along those sections where 
sight distance is not good and an extreme hazard would be created for other 
traffic if flagmen did not accompany the movements. 


The Stete Parks Superintendent, Mr. S. H. Boardman, was present and 
reported on the following park matters: 


Monthly report on park expenditures: -The Parks Superintendent 
reported an expenditure of $37,790.17 from the 1942 budget of $52,400, 
up to May 31, leaving an unexpended balance of $14,609.83. The Com- 
mission approved the report. 


Sheep grazing in Humbug Mountain State Park, Curry County:-The 
Parks Superintendent reported a request from Robert Fromm for a one~ 
year's renewal of the permit granted him last year to graze one 
hundred sheep in this park at 50¢ per head per year. He recommended 
approval of the request. The Commission approved the recommendation 
and thereupon signed an agreement covering the matter. 


Hay cutting in Cascadia Park and Neptune Park:-The Parks Super- 
intendent recommended approval of the request of Wm. Munkers to cut 
the natural grass growing in Cascadia State Park, as fire protection. 
He also recommended approval of the request of Mr. Bert Stonefield 
to cut grass in Neptune Park, as a similar precaution. Further, that 
no charge be made for the grass in either instance. The Commission 
approved the recommendation. 
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H. G. Smith, Construction Engineer, and C. B. McCullough, Assistant 
State Highway Engineer, and is dated May 29, 1942, upon which map or 
exhibit are reflected the above described parcels of land by showing 
the same shaded in red,* 


2. In the event there remains any physical connection be- 
tween any portion of said abandoned right of way or highway and the 
present highway, and by reason of such physical connection traffic 
from the existing highway may enter or use the said abandoned right 
of way or highway to the possible damage or injury of such traffic 
by reason of any unsafe condition existing with respect to said old 
or abandoned road, then the State Highway Engineer is hereby author- 
ized and directed to erect such barricade or other safeguards as may 
be necessary to protect and safeguard traffic using and employing said 
newly located, constructed and dedicated section of said highway. 


3. That this resolution be entered in the minutes and rec- 
ords of the Commission and a certified copy thereof promptly delivered 
to the County Court of Hood River County, together with a copy of said 
exhibit or map, for such action as said County Court may desire to 
take with respect to the fragments of land to be abandoned, and should 
said abandoned sections of the right of way of said Hood River Highway 
be further employed for public or private highway purposes such use 
shall be entirely under the control and supervision of the County 
Court of Hood River County and beyond any responsibility or supervision 
by the State Highway Commission. 


The Attorney presented a request from Mr. H. E. Penrod, Salem, to 
harvest wild hay growing on a 25-acre tract of land acquired by the Commission 
from a Mr. Ramseyer in connection with a settlement for right of way for a 
revision of the Pacific Highway East, a short distance south of Salem. He 
advised that Mr. Penrod has offered to pay the state $1.00 per acre for this 
privilege, or a total of $25, and recommended acceptance of the offer in order 
to get rid of the grass and weeds. The Commission approved the recommendation. 


The Attorney brought up for consideration the question of occupancy 
by Dant and Russell of property owed by the State of Oregon and the City of 
Portland, in Blocks 4 and 21, on the Front Avenue Project, it appearing that 
public property has been occupied by Dant and Russell since April 1, 1941, 
without payment of any rentals thereon. The Commission expressed itself favor- 
able to the collection of payment for use of the property by legal action, if 
necessary. The matter was referred to Chairman Cabell for discussion with the 
City of Portland before any further action is taken. 


The Engineer reported that the Oregon Shipbuilding Corporation has 
filed its application with the Portland City Council for permission to use 
certain water-front areas extending from the Steel Bridge southerly to a 
point about two blocks south of the Burnside Bridge, Portland, in connection 


Map Filed Right of Way Abendonment and Retention File - No. 105 


) 41106 


) The movements, he said, are being observed by the Traffic Engineer in company 
with a representative of the Washington Highway Department, and a complete re- 
port in regard thereto will be rendered at a future date. 


The Engineer also submitted a report on the cost of highway construc- 
tion work performed by contractors during the year 1941. The report indicates i 
that the contractors observed made a profit of $196,216, which is approximately Bi! Ae 
4, per cent on the gross income of $4,911,469. The percentage of profit, he qe | 
said, over the nine-year period, from 1933 to 1941, is approximately 2.86 per A) 
cent. The Commission ordered the report filed. i" 


—- 


Mr. E. Le Gray, Independence, President of the Kings Valley Highway 
Association, came before the Commission relative to the survey to determine 4 Bi 
definite location for the proposed bridge across the Willamette River at ak 
Independence and a permanent location for the state highway between Monmouth 
and Independence. The Engineer advised that investigations reveal that the ef 
logical site for the bridge at Independence is on an extension of Monmouth aM 


' 
Street, and that the logical location for the permanent highway between Inde- 1 ne 
pendence and Monmouth is approximately on the present route with certain re- i | 
visions to eliminate two right angle turns. Mr. Gray asked the Commission to i 

t 


acopt such alignment in order to facilitate the development of properties in 
Independence and between Independence and Monmouth. The Commission declined 
to establish a definite location at this time in view of prevailing conditions. } 


‘ The Engineer rendered @ status report on the proposed purchase of 
three new paving plants, such report indicating that the plants are almost com- 
pleted by the Dallas Locomotive and Iron Works but delivery of the same cannot 
be made because of difficulties in securing the proper governmental priority 
rating. He further stated that he has made every effort to secure the plants 
but up to the present time has been unable to secure any satisfaction. He was 
instructed by the Commission to keep on trying because the paving plants are 
needed badly in order to efficiently maintain the state highway system. 


Reconsideration was given by the Commission to the matter of exchange 
of roads in Linn County, particularly the exchange of a five-mile section of 
the Albany-Lyons Secondary Highway adjacent to Scio for a five-mile section of 
the Richardson Gap County Road which by-passes Scio. The Engineer advised re- 
ceipt of a letter from the Roaring River Logging Company, which has requested 
such exchange of roads to facilitate the truck hauling of logs, advising that 
the company is willing to contribute $1,000 annually, in advance, for two or 
three years to pay for maintaining the present secondary highway if the 
Highway Commission will improve and maintain the Richardson Gap Road. 


The Engineer recalled that this matter was the subject of discussion if 
at the previous meeting when the Linn County Court and representatives of the ie 
Roaring River Logging Company were present at which time the county court re- 
fused to approve such exchange of roads, because of its agreements with ovner 
logging companies for the maintenance of other county roads, although the i 
county court at that time offered no objections to the state maintaining the 
Richardson Gap Road if it did not necessitate the rerouting of the secondary 


Grazing Service, dated March 20, 1942, providing for the protection 
of juniper wayside strips between Bend and Burns, as the form of 
agreement to be used in connection with the protection of similar 
juniper waysides owned by the federal government between Sisters 
and Redmond and between Redmond and Prineville, 


Sale of logging railroad trestle near Vernonia:-The Parks 
Superintendent reported an offer from a Mr. Elmer Bergerson, Vernonia : 
to purchase an abandoned logging railroad trestle adjacent to the 
Wolf Creek Highway, in Tillamook County, particularly in the NEZ of 
the SWE of Section 1, Township 3 North, Range 6 West, W. M., which 
trestle was acquired by the state in connection with acquisition of 
right of way and wayside strips from the Sunset Logging Company. He 
advised that Mr. Bergerson wants to salvage the lumber from this 
‘trestle and would like two years' time in which to pay for it if the 
Commission will sell it to him. Action on the matter was deferred by 


Final report on Silver Creek Falls CCC Camp:-The Parks Superin- 
tendent submitted a final report on this project which he advised has 
been closed down under government orders. (See report in general 
files for details) The Commission approved the report and ordered 
it filed. 


Report on Collins Estate property at Short Sand Beach:-The 
Engineer advised there is a question in his mind whether or not the 
income tax report on the Collins Estate property, which the Commission 
previously asked him to inspect, is available for public review. The 
matter was referred by the Commission to the Attorney to investigate 
the tax report, if possible, 


Sale of timber at Short Sand Beach:-The Parks Superintendent re- 
quested instructions relative to readvertising this timber for sale 
inasmuch as it has been advertised on two different occasions but no 
bids were received. The Commission decided to take no further action 
at this time. 


The Engineer submitted a brief report on the operation on state 
highways of a train of vehicles consisting of a truck tractor and two semi- 
trailers. He advised that, under previous authority granted by the Commission, 
a temporary permit was issued to the Bekins Moving and Storage Company and to 
the Pacific Motor Trucking Company to operate such combinations over all high- 
ways authorized under the emergency permit approved by the Commission on 
February 13, 1942, Subject to the condition that all three units of each com- 
bination are equipped with satisfactory air brakes in good working condition. 
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War Department in particular to the fullest extent possible consist- 
ent with highway preservation and public interests. 


WHEREAS, because of the movement of large quantities of war 
materials and because of other conditions and imposed inhibitions made 
necessary by and for the war effort, there exists a real emergency in 
the transportation systems of the State of Oregon, both with respect 
to transportation by rail and by motor vehicle; and 


WHEREAS, such emergency is increased by reason of the fact 
that under the laws of the State of Oregon the normal and usual move- 
ment of property by motor vehicle over the public highways of the 
State is limited to a combined weight of vehicle and load or vehicles 
and load of not to exceed 54,000 pounds and to an over-all length of 
not to exceed fifty feet; and 


WHEREAS, a great volume of the war materials moved by motor 
vehicle through or into the State of Oregon moves in interstate com- 
merce between the states of Oregon, California, Washington, Nevada 
and Idaho; and 


WHEREAS, in each of said states except Oregon motor vehicles 
of longer length and greater weight are permitted by law to operate 
over the public highways; and 


WHEREAS, if the laws of the State of Oregon with respect to 
the normal movement of commodities under normal conditions are rigid- 
ly applied to motor vehicles entering the State of Oregon from the 
State of Washington, the State of Idaho, the State of Nevada or the 
State of California, a bottleneck will be created and the transpor- 
tation of war materials by motor vehicle will be seriously impaired; 
and 


WHEREAS, the Office of Defense Transportation has recently 
issued Orders Nos. 3, 4 and 5 relating to maximum and minimum weights 
to be carried by motor trucks engaged in both intrastate and inter- 
state commerce, which orders limit both the maximum and minimum loads 
to the tire capacities given in the appendix to the orders except when, 
in the opinion of the authority in charge of the state or local high- 
ways, such weights are in excess of the carrying capacity of the 
bridges end/or pavements; and 


WHEREAS, it is the opinion of the Oregon State Highway Com- 
mission that during this present emergency means should be found, if 
possible, to permit the maximum dimensions and weights of motor ve- 
hicles consistent with reasonable safety to the public and with the 
ability of the pavements and bridges to withstand the loads; and 


WHEREAS, after consultation, it is the opinion of the Public 
Utilities Commissioner and of the State Highway Commission that by 


highway. After some discussion the Commission by unanimous vote approved the 
offer of the Roering River Logging Company subject to the condition that the 
arrangement is satisfactory to the Linn County Court. The Engineer was in- 
structed to consult the county court relative thereto. 


A letter was presented from County Judge D. N. Busenbark, Douglas 
County, requesting the widening of the Elkton-Sutherilin Secondary State High- 
way at its junction with the county road about midway between Elkton and 
Sutherlin so as to facilitate the transportation of long poles and piling from 
the county road onto the secondary highway. Judge Busenbark stated that there 
is insufficient room at the present time for poles and piling to enter the 
secondary highway from the county road because of the close proximity of the 


log and piling operations are underway at this point. The Commission approved 
the suggestion and ordered that Judge Busenbark be advised of the action taken, 
it being understood that if the offer is accepted the party benefiting thereby 
will deposit a certified check with the Commission, in the amount of the esti- 
mated cost of the work, before any work is done. The Engineer was also instruct- 
ed to check into the necessity for maintaining flagmen at the junction point, 


Reconsideration was given by the Commission to the matters discussed 
with Mr. Burwell Bantz, Director of Highways of the State of Washington, on 


In response to an order made by the Office of Defense 
Transportation, this Commission on the 13th day of February, 1942, 
adopted a resolution liberalizing the rules and regulations with 
respect to the movement of both war and civilian materials and com 
modities over the public highways of the State of Oregon. Subse- 
quent to the date of the order by the said Office of Defense Trans- 
portation, and subsequent to the adoption of said resolution by the 
Oregon State Highway Commission the Office of Defense Transportation 
issued other orders disclosing the need for incressed privilege and 
more severe requirements with respect to transportation by motor 
carrier over the public highways of the State. The adoption of this 
resolution shall, therefore, constitute a repeated and further dec- 
laration of the purpose and Policy of the Oregon State Highway Com 
mission to cooperate with the Federal Government in general and the 


that the interests of the general public will be served by the adop- 
tion of a policy which will permit the movement over public highways 
listed in Group 1 of vehicles of a lomer dimension and transporting 
a greater gross load than is now permitted under the statute and the 
movement of vehicles traversing highways in Group 2 to exceed the 
present statute weights to the amounts as herein given, such policy 
to be in effect for the duration of the war and while this emergency 
continues, unless otherwise modified by the action of this Commission; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by this 
Commission as follows: 


1. ‘The Commission does hereby find and declare that an 
emergency exists in the State of Oregon with respect to the trans- 
portation of war materials, both with respect to rail transportation 
and motor transportation, and that such emergency is increased by 
reason of the statutory limits with respect to weight of vehicle and 
length of vehicle and load. 
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2. The Commission does further find and declare that in its 
opinion the national emergency justifies the Commission in the adop- 
tion of a policy authorizing the issuance of permits under the provi- 
sions of Section 115-393, 0.C.L.A., which permits may authorize the 
movement of a combination of vehicles within, into and through the 
State of Oregon over the Group 1 highways hereinafter designated with 
a maximum over-all length of sixth feet and with a gross weight of 
not to exceed that determined by the formulas as hereinbefore given; 
vehicles operating over Group 2 highways are limited to fifty feet 
in over-all length and are controlled with respect to maximum gross 
weights by the formulas as hereinbefore given; vehicles operating over 
all other state highways are controlled with respect to gross weights 
by the present Oregon statutes; namely, 54,000 pounds. In addition 
to the control provided for in said formula, no vehicle shall be per- 
mitted to operate under any permit issued pursuant to this resolution 
with an axle weight in excess of 18,000 pounds, nor shall any truck 
train, consisting of a truck-tractor and semitrailer, have a total 
fength in excess of fifty feet. Axles spaced closer than three feet 
four inches shall be considered a single axle. 


3. In all cases the maximum weight on any one tire should 
not exceed the amount specified in Orders 3, 4 and 5 issued by the 
Office of Defense Transportation. 


4e Any permit issued pursuant to this resolution may be 
cancelled by the Commission at any time for cause or when in the 
opinion of the Commission the cancellation of such permit is re- 
quired in the interests of the general public. 


5. For the purpose of this resolution state highways are 
classified as Group 1, Group 2 and other highways notincluded in 


ae 


ion 115-393, 0. C. L. A., vests in the Highway 


issue a permit or permits for the movement over 
the public highways of the State of any vehicle, article or property 


having a combined weight in excess of that permitted under the provi- 
sions and the laws of the State or having a size not permitted by law 
if after investigation and examination the Commission shal] find that 


WHEREAS, the Commission has caused an examination and in- 
Spection to be made of the highways under its jurisdiction and, as a 
result of such investigation and inspection, the Commission has clas- 
sified the state highways into three groups: Group 1, those highways 
whose geometric design is such that a vehicle having an over-all length 
not to exceed sixty feet and a width not in excess of eight feet can 
be operated in such manner that at all times both vehicle and load can 
be kept on the right-hand side of the center line of the traveled way, 
and the Commission has found from investigation and examination that 
the structures on the highways in Group 1 may, without serious impair- 
ment, carry a gross load not in excess of the amount in pounds as deter- 
mined by the formula W = 750 (L+40), wherein W equals the gross weight 
in pounds and L equals the distance, in feet, between the first and 
last axles of the combination of vehicles; with the further provision 
that the gross weight, in pounds, on any group of axles spaced 18 feet 
or less apart shall fot exceed thet determined by the formla W = 650 (L+,0), 
wherein W equals the gross weight in pounds and L equals the distance in 
feet between the first and last axles of such group, except, however, 
that when L is less than sufficient to provide a gross weight of 32,000 


Group 2 includes the highways whose geometric design will not permit 
vehicles of more than fifty feet in length but whose structures will 
withstand the same gross loads as are permissible on the highways listed 
in Group 1. The same formulas as given under Group 1 shall apply to 
total gross loads and axle concentrations. The reduction in vehicle 
length from sixty to fifty feet will reduce the gross load proportion- 
ately. Group 3 includes all the other highways not listed in Group 1 

or Group 2 and whose examination discloses that the statute dimensions 


and weights as given in the present Oregon lews must control in the 
interest of safety; and 


WHEREAS, for the purpose of affording a measure of relief 
to the transportation of both materials for war and civilian goods, 


it is the considered judgment and opinion of the Highway Commission f 


1 Ao 
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and therefore all persons are expressly warned against the purchase 
of equipment or the making of investments on the theory or assump~ 
tion that the policy which by this resolution is established will 
in any sense become permanent or be extended beyond the duration or 
that the privileges provided will be continued beyond the period of 
the emergency. 


13. In addition to issuance of permits for the transpor- 
tation of property over the highways listed on the attached sheets, 
it is recognized that there are other highways in the State over 
which it may become necessary in national defense to transport de- 
fense materials. With respect to such highways a permit or permits 
may be issued for a single or isolated movement under the conditions 
and requirements which now prevail for similar movements in connec- 
tion with which permits are now, under the existing policy of the 
Commission, issued. (See Transportation Permit, Form E-250). 


In this connection the Commission also approved the following press 
release prepared by Chairman Cabell: 


Henry F. Cabell, Chairman of the Oregon State Highway Commis- 
sion, announces the recent State Highway Commission action with relation 
to its cooperation with the Office of Defense Transportation in regard 
to the present war emergency. Acting jointly with the Director of 
Highways of Washington, the Oregon State Highway Commission plans to 
cooperate fully with the aims and objectives of the Office of Defense 
Transportation. The maximum weights permitted on trucks will be the 
same in both Oregon and Washington. 


The Office of Defense Transportation recently issued direc- 
tives to the truck industry requiring the hauling of maximum loads 
based upon tire capecities and further conditioned upon the ability 
of the bridges and pavements to withstand the loads. This order will 
tend to increase the weights carried by the larger trucks having 
larger tires and to decrease the weights carried by the smaller trucks 
having smaller tires. The larger tires would permit weights beyond 
the safe carrying capacity of bridges and would cause material de- 
struction to light pavements. In consequence, the Office of Defense 
Transportation will accept the judgment of the State Highway Commis- 
sion, in the case of state roads, and the county courts, in the case 
of county roads, with respect to the maximum loads carried by the 
larger trucks. 


The Oregon State Highway Commission has classified the roads 
of Oregon in three groups. Group No. 1 includes those roads, having 
strong bridges, that are wide and straight enough so that 60-foot 
vehicles may at all times stay on the right-hand side of the center 
line. The maximum loads are controlled by formulas for both total 
gross loads and axle concentrations. The heaviest load permitted on 
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Group 1 or Group 2 highways constitute Group 3. The list of hi 
in Group 1 and in Group 2 are shown on attached sheets. (See list 
of highways on back of Emergency Transportation Permit forms for 
Group 1 and Group 2 highways, in General Files) 


6. From time to time, as conditions and circumstances dis- 

close and warrant, other and additional highways may be designated 

by the Highway Commission and thereby brought within the scope and 
reach of this resolution, Any additional highways so designated shall 
automatically be available to carriers holding permits for the opera- 
tion of vehicles over the highways selected and designated by the Com- 
mission and listed on the attached sheets. (See lists on back of 
printed permit forms) 


7. The forms of permit which are hereto attached hereby 
are approved as the forms of permit to be issued for the operation 
of vehicles over the highways listed on the attached sheets, subject, 
however, to such modifications or additions as may be necessary to 
conform to particular circumstances and conditions. (See printed 
Emergency Transportation Permit forms, in General Files, Nos. E-242 
and E~243) 


8. The Secretary of the Commission, upon application by 
any qualified operator, hereby is authorized and directed to issue 
@ permit to such applicant. All permits issued shall conform sub- | 
stantially to the form approved by the Commission. 


9. Such permits shall contain proper and appropriate in- 
structions and conditions and must at all times be carried in the cab 
of the motor vehicle while in operation on the highways of the State 
of Oregon. 


10. Permits are issued for the remainder of the calendar 
year and will be renewable in the discretion of the Commission. Each 
permit shall contain not only the date of issuance but its expiration 
date. 


1l. Any permit issued pursuant to the policy and authority 
of this resolution shall be subject in all respects to all regulatory 
powers vested by federal law in the Interstate Commerce Commission 
and Office of Defense Transportation, and shall be subject also to 
the regulatory powers vested by the laws of the State of Oregon in 
the Public Utilities Commissioner, but any such regulatory power or 
any order of any federal or state office, board or commission having 
regulatory power over transportation shall not be construed as per- 
mitting the operation of vehicles exceeding in any respect the provi- 
Sions of this permit in regard to weight and/or dimensions. 


12. The sole purpose and object of this resolution is to 
provide for the existing emergency and for the duration of the war, ( 


The Commission adjourned at 12:00 noon and reconvened at 1:30 p. m. 
in the office of Cheirman Henry F. Cabell, 1107 Failing Building, for a con- 
ference with Senator F. M. Franciscovich, Astoria, and Mr. James Elliott, 
County Commissioner of Clatsop County, with respect to log-hauling matters. 
All members of the Commission were present at such meeting as were also the 
State Highway Engineer, the Attorney and the Secretary. Log hauling matters 
in general were discussed during which Senator Franciscovich asked the Commis- 
sion to modify its ruling with respect to the penalty for overloading. Chsir- 
man Cabell explained the action taken by the Commission with respect to over- 
loads and advised that the Commission is granting log haulers an extra toler- 
ance of 1600 pounds under certain conditions which should relieve the situation 
considerably if the log haulers will make an honest effort to cooperate. The 
Commission refused to modify the present ruling with respect to four-days' 
suspension of PUC permits for violetions of the weight restrictions. 


This meeting was concluded at 2:30 p. m. following which the Commis- 
sion continued its session in the auditorium of the Public Service Building 
with all Commissioners, the State Highway Engineer, the Attorney and the Sec- 
retary present and participating. 


The County Court of Marion County, represented by County Judge Grant 
Murphy and County Commissioners Jim Smith and Ralph Girod, and County Engineer 
N. C. Hubbs were present. Judge Murphy presented the oral request of the 
county court for the rerouting of the North Santiam Secondary State Highway in 
the vicinity of Sublimity and Stayton. He pointed out that the secondary high- 
way is now routed through Sublimity which is hilly and circuitous, whereas the 
county road which extends northwesterly from Stayton to a connection with the 
secondary highway about 14 miles west of Sublimity is nearly level throughout 
its entire length and is much straighter than the other road. He advised that 
this county road now has a good oiled surface and carries nearly all of the 
North Santiam Highway traffic vecause it is shorter and more direct. The 
Engineer advised that the county road has been investigated by Assistant Staff 
Engineer Oscar Cutler who reports that it has a good oiled surface and that 
all bridges on the same are in first class condition although the right of way 
for the most part is only 50 feet wide which is 10 feet narrower than the width 
required by the Commission for new secondary highways. After discussion the 
Commission approved the exchange of roads subject to investigation of the 
right-of-way width and on the condition that the county will furnish 60-foct 
right of way throughout. 


At 3:45 p. m. Chairman Cabell announced the following awards of con- 
tracts, rental of state-owned heavy construction equipment, sale of buildings 
in North Bend, and sale of timber, bids for which were received by the Commis- 
sion at the morning session, such awards and sales having previously been ap- 
proved by the Commission by unanimous vote: 


"North Dillard Bridge Section of the Pacific Highway, in Douglas 
County. Construction of untreated wood bridge over the South Umpqua 
River, end grading and surfacing road approaches thereto. There were 
no bids received for this project. 
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large trucks equipped with sufficient axles and adequately sized tires is 
about 71,250 pounds. Group No. 2 includes those roads which are not 


ments and bridges are strong enough to withstand greater than the 
Present statute loads. The maximum load permitted upon a 50-foot ve~ 
hicle, properly tired and with sufficient axles, is 63,750 pounds. 
Group No. 3 includes those roads which are neither wide nor straight 
enough for the longer vehicles and whose pavements and bridges will 
not withstand greater than the present statute loads, Special blanket 
permits will be issued for vehicles traveling on highways in Groups 
No. 1 and No. 2. Full information on thié subject can be secured from 
the office of the State Highway Commissior at Salem, from the offices 
of the Public Utilities Commissioner at’ Salem and the Oregon Building 
in Portland, from the office of Defense Transportation, Herman Sites ’ 
Director, Bedell Building, Portland, and from the office of Tom Shea 
of the Oregon Motor Transport Association, Weatherly Building, 
Portland, 


The present laws permit greater axle weights on logging 
trucks than other equipment. The State Highway Commission, announces 
Mr. Cabell, is very anxious to cooperate in every way with the lumber 
industry in this state and with the War Production Board, but cannot 
permit loads in excess of the safe carrying capacity of the bridges. 


Cereful computations disclose that Slight increases can be 
made in loads carried by certain types of logging trucks. Present 
state laws limit the loads carried by single-axle truck-tractor units 
to 54,000 pounds, with ea tolerance of ten per cent, which permits a 
total gross load of 59,400 pounds. When the distance between the first 
and the last axles is 40 feet or more, the Highway Commission will in- 
crease this tolerance to 7,000 pounds, permitting a total gross load 
on such equipment of 61,000 pounds before lifting the PUC plates. 

The larger trucks, having two driving axles, are permitted to carry 
68,000 pounds, plus a five per cent tolerance, or a total of 71,400 
pounds, when the distance between the first and the last axles of 
the combination of vehicles is 55 feet or more. These Weights per- 
mitted by the Highway Commission on small trucks are in excess of 
the tire capacities and may be required to be further reduced through 
the action of the Office of Defense Transportation. 


The Engineer was instructed to inform Mr. Herman Sites, Regional 


Director, Office of Defense Transportation, of the action taken by the Commis- 


sion 


on this matter. (See letter dated June 26, 1942) 


Chairmen Cabell also explained to Commissioner Oliver the action taken 


by the Commission on the previous evening with respect to the insuring of prop- 
erties, including bridges, buildings, cars in storage, et cetera, against damage 
caused by enemy attack. Commissioner Oliver approved the Commission's action. 


"Construct Luckiamate River Bridge on the Monmouth-Lewis burg 
Section of the Pacific Highway West, in Polk County. Untreated 
timber bridge with 24-foot roadway. Averill and Corbin, Portland, 
submitted the low bid for this work, in the amount. of $15,313.00, 
and J. F. Johnston, Newberg, submitted the second-low bid, in the 
amount of $16,535.00. There were two higher bidders. The Commission 
awards this contract to Averill and Corbin, at their low bid of 
$15,313.00. 


Rent of State-Owned Heavy Construction Equipment 


"Lorain ld-yard gas shovel. No formal bids were received for 
this shovel. 


"RD-7 diesel tractor with logging drum. No formal bids were re- 
ceived for this tractor. 


"allis-Chalmers diesel tractor with logging drum and bulldozer 
attachments. No formal bids were received for this tractor. 
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"Building No. 9559. Former owner R. L. Cavanaugh. Hiller & 
Eickworth, Empire, submitted the only bid for this building, their 
bid being in the amount of $30.00. The Commission rejects this bid. 
(Building later disposed of by private sale to Edwin E. Sprague, 
North Bend, for $100.00.) 


"Building No. 9491. Former owner Coos Bay Longshoremen Bene- 
ficial Association. No bids were received for the purchase of this 
building. 


"Building No. 9486-A. Former omer Coos County. J. J. Borcher, 
Marshfield, submitted the high bid for this building, in the amount 
of $50.00. A. H. Pressnall, Marshfield, submitted the second-high 
bid, in the amount of $20.00. There was one other bid. The Commis- 
sion refers these bids to the Engineer. (Building sold on June 30, 
1942, to J. J. Borcher, at his high bid of $50.00.) 


“Building No. 9498. Former owner Cora Swanson Coyle. No bids 
were received for this building. 


"Building No. 9501. Former owner Ira L. Goodlin. Hillar & 
Eickworth, Empire, submitted the only bid for this building, in the 
amount of $58.00. The Commission rejects this bid. 


"Building No. 9560. Former owner J. H. Tewsley. No bids were 
received for this building. 


"Building No. 9499. Former owner John Sandine. No bids were 
received for purchase of this building. 


"Prairie City-Dads Creek Section of the John Day Highway, in 
Grant County. 3.79 miles surfacing and oiling; also furnishing 
2,000 cu. yds. crushed gravel in stock piles. There were no bids 
received on this project. 


"Buchanan Rock Production Project on the Central Oregon Highway, 
in Harney County. There were no bids received on this project. 


"Judkins Point Section of the Pacific Highway, in Lane County. 
1.08 miles grading and paving. McNutt Brothers, Eugene, submitted 
the only bid for this project, in the amount of $360,708.50, using 
tar, and a bid in the same amount using asphalt. The Commission 
awards this contract to McNutt Brothers, at their bid of $360,708.50, 
based on the use of tar, 


"Judkins Point Overcrossing, near Eugene » on the Pacific Highway, 
in Lane County. Construction of untreated frame trestle overcrossing 
with 52-foot roadway and two 5-foot walks, and 70 feet of concrete 
retaining wall. Barham Brothers, Salem, submitted the low bid for 
this work, in the amount of $78,192.50. The second-low and only other 
bid was that of McNutt Brothers, Eugene, in the amount of $84,080.00. 
The Commission awards this contract te Barham Brothers at their low 
bid of $78,192.50. 


"Construction of timber overcrossing structure over Union Pacific 
tracks on Northeast Going Street, Portland, in Multnomah County. Tower 
Sales & Erecting Company, Portland, submitted the low bid for this 
work, in the amount of $23,980.00. The second-low and only other bid 
was submitted by Lindstrom Brothers, Portland, in the amount of 
$27,855.00. The Commission awards this contract to the Tower Sales 
& Erecting Company on the basis of its bid submitted June 4, 1942, 
in the amount of $23,080.00, in accordance with an agreement reached 
with the Tower Sales & Erecting Company. 


"Section 'A' of the Monmouth-Benton County Line Section of the 
Pacific Highway West, in Polk County. 4.15 miles paving. Edlefsen- 
Weygandt Company, Portland, submitted the low bid for this project, 
in the amount of $219,510.00. McNutt Brothers, Bugene, submitted 
the second-low and only other bid, in the amount of $237,053.00. 
The Commission refers this bid to the Engineer with power to award 
the contract to Edlefsen-Weygandt Company, when certain conditions 
have been fulfilled. 


"Section 'B' of the Monmouth-Benton County Line Section of the 
Pacific Highway West, in Polk County. 2.52 miles grading and 4.94 
miles paving. McNutt Brothers, Eugene, submitted the only bid for 
this project, in the amount of $278,603.50. The Commission rejects 
this bid. 


"Building No. 9521. Former owner K. Horn. No bids were re~- 
ceived for this building. 


"Building No. 9522. Former owner J. Gildersheim. No bids were 
received for purchase of this building. 


"Building No. 9524. Former owner Iva B. Butcher. Hiller & 
Eickworth, Empire, submitted the only bid for this building, in the 
amount of $31.50. The Commission rejects this bid. 


"Building No. 9486-D. Former owner Coos County. No bids were 
received for this building. 


"Building No. 9528. Former owner H. W. and Jessie Lee Clark. 
No bids were received for this building. 


"Building No. 9524-A. Former owner Clyde and Iva Butcher. No 
bids were received for this building. 


"Building No. 9529. Former owner Luella Butcher. Kittel Ness, 
North Bend, sutmitted the high bid for this building, in the amount 
of $65.00. Hiller & Eickworth, Empire, submitted the second-high 
bid, in the amount of $45.50.. There were two lower bids. The Com- 
mission refers these bids to the Engineer. (Building sold to Kittel 
Ness, for $65.00, on June 30, 1942.) 


"Building No. 9530. Former omer R. M. Hazelton. No bids were 
received for this building. 


"Building No. 9532. 
North Bend, submitted the high bid for thi 
of $160.00, Hillar & Eickworth, Empire, 
bid for this building, in the amount of $34.50. 
refers these bids to the Engineer. (Building sold to Kittel Ness, 
on June 30, 1942, at $160.00.) 


"Building No. 9646. Former owner A. M. Haley. No bids received 
for this building. 


“Building No. 9534. Former owmer Elma Moss, et al. Roy T. 
Douglas, Marshfield, submitted the only bid for the purchase of this 
building, in the amount of $100.00. The Commission rejects this bid. 


Sale of Timber 

"Timber on tract near Oregon Coast Highway, north of Nehalem, in 
Tillamook County. No bids were received for the purchase of this 
timber." 


The Attorney brought up for discussion matters pertaining to the re- 
building of the Algoma dike and reclamation of lands adjacent to The Dalles- 
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"Building No. 9493-A. Former ower Independent Stevedoring Com- 
pany. No bids were received for purchase of this tuilding. 


"Building No. 9486-B. Former owner Coos County. No bids were 
received for this building. 


"Building No. 9506. Former omer John McNabb. No bids were 
received for this building. 


"Building No. 9486-C. Former owner Coos County. No bids re- 
ceived for this building. 


"Building No. 9510. Former owners C. B. and M. Flock. Margaret 
Flock, Marshfield, submitted the only bid for this building, in the 
amount of $25.00. The Commission refers this bid to the Engineer. 
pe sold on June 30, 1942, to Margaret Flock, at her bid of 

25.00. ? 


"Building No. 9513. Former owner Ada Hartley Lee. The only bid 
received for the purchase of this building was that of Mrs. Ada 
Hartley Lee, North Bend, in the amount of $135.00. The Commission 
refers this bid to the Engineer. (Building sold to Mrs. Ada Hartley 
Lee, North Bend, on June 30, 1942, at her bid of $135.00.) 


"Building No. 9516. Former owner A. T. Andrews. Atwell T. 
Andrews, North Bend, submitted the only bid for this building, in the 
amount of $20.00. The Commission refers this bid to the Engineer. 
(Building sold on June 30, 1942, to Atwell T, Andrews, at his bid 

of $20.00.) 


"Building No. 9518. Former owner P. M. Ross. No bids were 
received for the purchase of this building. 


"Building No. 9519. Former ower J. H. McDonald. Hillar & 
Eickworth, Empire, submitted the only bid for the group of buildings, 
consisting of a frame house, auto court cabins and garage, in the 
amount of $15.00. Jack McDonald, North Bend, submitted a bid of 
$176.50 for the auto court cabins only; and W. H. Kennedy, Marshfield, 
submitted a bid in the amount of $44.00 for the garage only. These 
bids were referred to the Engineer. (The auto court cabins were sold 
to Jack McDonald on June 30, 1942, at his bid of $176.50; the garage 
was sold to W. H. Kennedy on June 30, 1942, at his bid of $44.00; and 
the bid on the frame house was rejected and the building ordered re- 
advertised.) 


"Building No. 9520. Former owner H. D. Harris. H. D. Harris, 
North Bend, submitted the only bid for this building, in the amount 
of $100.00. The Commission refers this bid to the Engineer. (Build- 
ing sold to H. D. Harris on June 30, 1942, at his bid of $100.00.) 
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After careful consideration of the said reply and all matters connected there- 
with, the following resolution was adopted by the Commission: 


RESOLVED that in the judgment and opinion of the Commise 
sion the counter or amended offers of settlement made by Attorney 
Allen for Dr. Moser by telegram are not in the interests of the 
state and are not adequate to meet the needs and requirements of the 
state, and such counter or amended offers are therefore rejected. 


RESOLVED, further, that for the purpose of avoiding further 
delay in the accomplishment of the said highway project and for the 
purpose, also, of avoiding possible damage to the state occasioned by 
delay, the Commission does hereby direct that possession of the real 
property described in the complaint be now taken and the Engineer be 
and he hereby is instructed to order and direct the contractor to go 
upon the premises and commence and thereafter prosecute to completion 
the work specified in the contract between the contractor and the 
state. 


— ne 


A letter was presented from M. G. Pillette, City Recorder of Madras, 
requesting, in behalf of the City Council, additional improvements on the 
recently constructed section of The Dalles-California Highway in the southern 
part of Madras, particularly requesting construction of footpaths and oiling 
full width between curbs for a distance of some four blocks just north of the 
south city limits. The Commission approved the Engineer's reply to this com- 
munication in which he advises that the Commission is without authority to 
undertake any highway construction work unless it is approved by the Army, the 
Navy, or the War Production Board, and that the present forecast indicates a 
major reduction in highway revenues which may prevent the state from matching 
federal funds and the carrying on of projects even if such governmental approval 
is obtainable. 


Reconsideration was given by the Commission to the matter of improv- 
ing the Lower Columbia River Highway in front of the school grounds in Deer 
Island by the elimination of a curve which it is alleged creates 4 consider- 
able traffic hazard. It was recalled that the Commission last fall approved 
this project for 1942 construction, the estimated cost of the same being 
$15,000, and that such information was conveyed to Honorable J. D. Perry, Deer 
Island, who presented the request for the improvement in behalf of local citi- 
gens. The question arose whether or not it would be advisable to undertake 
this project in view of existing governmental restrictions and the falling off 
of highway revenues because of war conditions. The Commission decided to defer 
the project until the present war emergency is over and instructed the Secre- 
tary to so inférm Mr. Perry, giving the reasons for such action. 


A request was presented from the City of Lebanon for additional im- 
provements to certain city streets that are not on state highway routes. The 


Engineer advised that the Commission authorized an expenditure of $1,096.00 
in this town and that 4 standard form of agreement was presented to the city 


res 1942 


California Highway at Algoma which were flooded when the dike broke some two 
years ago. He advised that this matter is now coming up for discussion and 
the Highway Commission has been requested to participate in the repair of the 
dike and the reclamation of the flooded lands. The question has arisen whether 
or not the Commission should be represented in the discussion by either the 
Attorney or the Engineer. The Engineer recommended that the Commission have 
nothing whatsoever to do with the restoration of the dike or the land in ques- 
tion because in his estimation the Commission is not obligated in any way in- 
asmuch as the dike is privately-owned and is situate a considerable distance 
from the highway; also that the Commission concern itself only with the secur- 
ing of reimbursement for the cost of repairing the demage caused the highway 
by reason of the breaking of the dike. The Commission approved the recommenda- 
tion. 


The matter of deeding to the federal government a stock-pile site 
recently acquired adjacent to the Pacific Highway West, south of Monmouth, had 
the attention of the Commission. It appears that the stock-pile site is located 
within the borders of Camp Adair Army Cantonment and is needed in connection 
with the stock-piling of road material for construction and maintenance of this 
highway; also that the army authorities wish to acquire this tract for use in 
connection with the development of the cantonment and have indicated that they 
will condemn the property if the state will not or cannot deed it. The Engineer 
suggested that it would be satisfactory to deed the property to the government 
if the government will furnish the state with a comparable tract. The Attorney 
pointed out that the Commission does not have legal authority to sell property 
that is needed for highway purposes, He was instructed by the Commission to 
so inform the army authorities. 


The Commission had under discussion a request from the Siuslaw Forest 
Products, Inc., for permission to construct a spur railroad track at grade 
across the Siuslav Highway near Mapleton and extending from the Southern Pacific 
railroad to the company's mill; also to widen the highway grade for a short dis- 
tance at this point to facilitate the truck hauling of logs to the mill site. 
The Engineer recommended approval of the request subject to the condition that 
the company will secure an order from the Public (tilities Commissioner author- 
izing construction of the spur railroad track, and subject also to the condi- 
tion that the company will maintain flagmen and install traffic signals and 
short-arm barriers properly to protect highway travel during the time that 
logs are being transported across the highway either by train or truck, and 
will furnish public liability and property damage insurance indemnifying the 
State Highway Commission or any officer or agent of the State Highway Commis— 
sion from liability in the event of occurrence of accidents from the company's 
operations, He presented a form of permit covering the matter. After discus- 
sion the Commission approved the request and authorized the company to proceed 
with its construction operations when it has signed the permits and has fur- 
nished the required insurance. (See permit for detailed conditions) 


The Attorney reported that a telegraphic reply has been received from 
Mr. Niel R. Allen, as attorney for Dr. C. J. Moser, to the telegraphic offer 
made by the Commission with respect to the pending controversy between the Com- 
mission and Dr. Moser involving property now covered by condemnation action. 
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Quaker Corner County Road, beginning at a point on the Old 
Oregon Trail, approximately 0.6 mile north of the Malheur River 
Bridge, thence westerly and northwesterly to a place known as 
Quaker Corner, 2 distance of approximately three and one-half miles; 


Valley View County Road, beginning at the junction of Alameda 
Drive with the Old Oregon Trail near the west city limits of Ontario, 
thence southerly vie Alameda Drive and Valley View Road to the 
south line of Section 29, Towmship 18 South, Range 47 East, W. M., 
thence west to the southwest corner of Section 25, Township 18 South, 
Range 46 East, W. M., thence north to the John Day Highway at a point 
approximately one mile west of Cairo Junction, a distance of about 
eight miles. 


The Engineer reported that, in conformity with authority previously 
granted him by the Commission, he has awarded contracts, as follows, bids for 
which were taken by the Commission at its meeting on June 4, 1942, the condi- 
tions of the awards having been satisfied: 


Grading and paving Swan Island Shipyard Access Road. Bids 
taken June 4; contract awarded June 9, 1942, to Porter W. 
Yett, low bidder. 


Grading and paving North: Portland Shipyard Access Road. 
Bids taken June 4; contract awarded June 9, 1942, to 
Parker-Schram Company, low bidders. 


The Commission confirmed the awards as reported. 


The Commission discussed, approved, and signed e proposed agreement 
with the Public Roads Administration covering the Oregon state-wide planning 
project, which agreement is based on the estimate of May 12, 1942, and pro- 
wides for the obligation of one and one-half per cent of Oregon's share of 
the 1943 apportionment of federal aid, federal aid secondary, and federal aid 
grade crossing funds, totaling $32,491, for such purpose. 


' The Commission approved a revised agreement with the Union Pacific 

’ Railroad Company with respect to a railroad warning sign which has been attached 
to the company's freight house on Front Avenue, Portland. This agreement is 

to be signed by the Commission later when the approved revision has been made 
by the Attorney. 


The Engineer reported an offer froma Mr. William Dye, Hillsboro, to 
purchase trees that have fallen on the right of way of the Wolf Creek Highway 
at the Clatsop-Washington County line west of the Wolf Creek WPA Camp. He 
stated that Mr. Dye wishes to cut these trees into cordwood and has off ered to 
pay the state 65¢ for each cord salvaged. The Commission approved the offer 
provided the trees are not saw logs, and referred the matter to the Engineer 
for investigation. 


o) 
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council providing for work to be done this year. However, this was returned 
by the city with a request for an additional expenditure of $4,400, which is 
far more than the city is entitled to under the forma adopted by the Commis- 
sion with respect to such matters. He inquired whether or not the Commission 
wishes to perform the additional work. The Commission decided to limit its 
expenditure in this town to the original budgeted amount and instructed the 
Engineer to so inform the city, giving reasons for such action which may 
necessitate the postponement of a number of the city projects this year. 


The Engineer requested authority to make location surveys for a number 
of projects,which are of major importance and will be needed immediately after 
the present war emergency is over, so as to provide steady employment for the 
engineering personnel. He submitted a list of surveys in this category from 
which the Commission selected and approved surveys, as follows, provided federal 
funds can be obtained to finance the samet 


Highway Section 

Columbia River Highway Cascade Locks to Hood River 

“ = ve Mosier to Rowena 

® = bd Rowena to The Dalles 

" " kd Arlington to Boardman 
Pacific Highway Walker to Rice Hill 

bd " Green Station to Canyonville 
Wilson River Highway Washburn to North Plains 


The Engineer was authorized to submit such survey projects to the Public Roads 
Administration for approval in the event that has not already been done by 
previous authorization. 


The Engineer requested authority to transfer federal aid funds here- 
tofore programmed for financing a new bridge over the Pudding River, on the 
Pacific Highway East at Aurora, from such project to other federal aid projects, 
in view of the fact that it is now practically certain that the War Department 
will not approve an expenditure of funds for a standard type of bridge structure 
at this place, and there seems to be no reason for continuing this project as 
a part of the present federal aid program inasmuch as it ties up federal funds 
which could be allocated to other projects. The Commission approved the with- 
drawal of this project from the federal aid program and authorized the Engineer 
to file an appropriate request with the Public Roads Administration to that end. 


The Commission considered and deferred wmtil some future date resolu- 
tions from the County Court of Malheur County requesting the designation of 
certain county roads as secondary state highways, same being described as 
follows: 


Enterprise County Road, beginning at the junction of the Nyssa- 
Adrian Secondary State Highway No. 450 with Enterprise Avenue at the 
northeast corner of Section 12, Township 20 South, Range 46 East, 

W. M., thence westerly to the junction of Enterprise Ayenue and the 
Vale-Owyhee Road, in Cow Hollow, a distance of approximately four miles; 
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West, north of Corvallis, which is necessary in connection with the rebuilding 
of the highway at this location, was discussed by the Commission. The Engineer 
reported receipt of a letter from the telephone company to the effect that 

"the association does not have equipment, funds or men to re-establish the pole 
line at this time, hence is not in position to comply with the Commission's re- 
guest in that regard". The Engineer advised that, upon receipt of such infor- 
mation, he made arrangements with the Pacific Telephone and Telegraph Company 
to reset the poles at state expense, it being his intention to secure reim- 
bursement from the Mountain View Telephone Company for the cost thereof, if 
possible, when the work is completed. The Commission approved the action taken 
by the Engineer. 


Secretary of State has refused to 
the $200,000 bond heretofore fur- 
requested an entirely new bond, 
serving under reappointment and 
neer must furnish a new bord each 
+ run concurrently with the ap- 
pointment,. bonds, in the amount of $20,000 each, 
have been furnished by companies that bond but each com 
pany has asked for a statement termine 
as of the date of cancellation of the same, 
obligation subsequent to such date. The Commission au 
to sign such termination statements in behalf of the Commission. 


The Commission considered a request from the Shell Oil Company for 
an extension of its permit authorizing the transporteticn of full loads of 
gasoline over certain Oregon highways involving gross weights as determined 
by the formula W = 800 (L+40). The Engineer advised that the excess load would 
not be particularly harmful to the highwaysmentioned in the permit, and that 
he would have no objections to the granting of the request were it not for the 
fact that the Commission, on the previous evening, agreed with Mr. Bantz, 
Director of Highways of the State of Washington, not to permit gross weights 
in excess of those determined by the formula W = 750 (L+40). The Commission 
instructed the Engineer to discuss the matter with Mr. Bantz. In the event 
Mr. Bantz has no objections, then the permit, as requested, is to be granted 
for 90 days. (Mr. Bantz approved the granting of the permit by telephone on 
July 6, 1942.) 


Similar action was taken by the Commission on the request of A. L. 
Vincze, common carrier of petroleum products, Klamath Falls, who has requested 
permission to truck overloads of gasoline over the Pacific Highway from the 
California state line to Medford, over The Dalles-California Highway from the 
California state line to Klamath Falls, over the Fremont Highway from the 
California state line to Lakeview, and occasionally over the Klamath Falls- 
Lakeview Highway between Klamath Falls and Lakeview. 


The Commission considered and denied e request from the Shell Oil 
Company for an emergency transportation permit to transport overloads of gaso- 
line over the Wallowa Lake Highway between Elgin and Enterprise, there being 
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A letter was presented from R. C. Kuehner, Executive Secretary of the 
"Keep Oregon Green Association", in which request was made for permission to 
erect and maintain "Keep Oregon Green" signs along state highways. The Engineer 
recommended approval of the request subject to the condition that the signs are 
furnished by the organization and are erected by employees of the State Highway 
Department, and provided further that the design of the sign is satisfactory. 
The Commission approved the recommendation and referred to the Engineer the 
matter of passing on the type of signs. 


A request was presented from the City of Pendleton for the establish- 
ment of a 10-mile-per-hour speed limit along a portion of S. W. Twentieth Street, 
Pendleton. The Commission considered that jurisdiction in this matter rests 
with the Speed Control Board established by the 1941 Legislature, consisting 
of the Secretary of State, the Superintendent of the Department of State Police, 
and the Chairman of the State Highway Commission, or their duly designated rep- 
resentatives. It was decided, therefore, to defer action on the request pend- 
ing a meeting of such Speed Control Board. The Engineer was instructed to ask 
the Secretary of State to call a meeting of such Board at a convenient time in 
the near future. 


The Engineer requested authority to purchase the following parts for 
traffic signals which, he said, are obtainable from the Graybar Electric Com 
pany, Portland, without the necessity of securing a priority rating: 


TE 
Hf 
nit 
. on 


4 TRP223D UG comb. lens HL6254 glass refl. KL 2413 slip fitter at 
$97.75 each, total $391.00 


2 TSO 111D less lens with HL6254 refl. HL6788 recept. at $14.45, 
total $28.90. Grand total cost $419.90. 


The Commission approved the purchase of this material. 


The Engineer brought up for discussion the controversy with the County 
Court of Klamath County with respect to the taking of materials from a county- 
owned gravel pit known as the "Merrill Pit". He advised that the gravel taken 
by the state was used in connection with the construction of the state highway 
between Klamath Falls and Merrill, and when this job first came up for construc- 
tion in 1939, it was originally proposed to purchase a one-half interest in this 
gravel pit. However, the county court preferred not to sell but agreed to let 
the state use the pit at an agreed price per cubic yard for the material taken 
therefrom. It now so happens that the county has submitted its bill for this 
material, in the amount of $542.65 which is at the rate of 4f per cubic yard, 
Whereas, the standard price that the Commission has always paid is 34 per cubic 
yard, there being some misunderstanding as to the rate. -He suggested approval 
of the 4f-rate in this particular instance in order to maintain friendly rela- 
tions with the county court. The Commission approved the recommendation in view 
of the misunderstanding. 


The matter of re-establishing the telephone pole line of the Mountain 
View Cooperative Telephone Association on the right of way of the Pacific Highway 


Quarry ---- 2-1433 


Flight Strip - 6-1427 
Flight Strip -108-1418 


Gravel Pit - - 12-1428 


Slide - - -- 15-1440 


Flight Strip - 17-1418 


Flight Strip - 18-1460 


Flight Strip - 20-1451 
Plans = - - ~ 226-1459 
Plans - - - - 226-1460 


Reconnaissance 28-1413 


Quarry - - - - 30-1443 


Flight Strip - 30-lAsd 


Stock Pile & 


Quarry 
Prospect 


32-1408 
59-1445 
Prospect 18-1461 
Prospect 21-1462 


Scales - - - -— 22-1450 


Plans - - - — 230-1445 
Prospect - - - 1-1430 


Plans ~ - - - 101-1422 


Quarry - - - 104-1465 


Plans---- 91446 


Monmouth-Corvallis Section, Pacific Highway West, 
Benton County lst authorization - $50 
Bandon Section, Oregon Coast Highway, Coos County 

lst authorization - $100 
Cape Blanco Section, Cape Blanco Highway, Curry 
Gounty lst authorization - $100 
Grant County Rock Production Project, Pendleton- 
John Day, John Day-Burns, and Beach Creek Hwys. 
Grant County ist authorization - $200 
N. Unit, Bear Creek-State Line Section, Pacific 
Highway, Jackson County lst authorization - $600 
Rough and Ready Section, Redwood Highway, Josephine 
County lst authorization - $100 
Odell Butte Section, Willamette Highway, Klameth 
County lst authorization - $100 
Lane County Section, Various Highways, Lane County 

lst authorization - $200 
Oregon Shipyard-Columbia Alvi. Section, Portland City 
Street, Multnomah County lst authorization - $2,000 
Interstate Avenue-Swan Island Section, Portland C:.ty 
Street, Multnomah County lst authorization - $1,000 
Madras-Columbia River Section, The Dalles-California 
and Sherman Highways, Sherman County 

3rd authorization - $1,000 
Total to date $5,500 
Nye Junction-Long Creek Section, Pendleton-—John Day 
Highway, Umatilla County lst authorization - $300 
Boardman-Stanfield Section, Boardman-Stanfield 
Highway, Umatilla Co. 1st authorization - $300 
Rock Greek-Joseph Section, Wallowa Lake Highway, 
Wallowa County lst authorization - $300 
Vicinity of Brothers, Central Oregon Highway, Des- 
chutes County lst authorization - $200 
Crescent-Chemult Section, The Dalles-California 
Highway, Klamath Co. lst authorization - $300 
Toledo-Blodgett Section, Corvallis-Newport Highway, 
Lincoln County lst authorization - $50 
Foster Section, Santiam Highway, Linn County 

lst authorization - $150 
Umatilla Ordnance Access Road #2, Umatilla County 

lst authorization - $350 
Richland-Halfway Section, Baker-Homestead & Halfway 
Hwys., Baker County lst authorization - $400 
Consuelo Oregon Mines Sec., Sumpter Valley Highway, 
Baker County 2nd authorization - $400 
Total to date $650 
Fishhawk Falls Section, Fishhawk Falls Highway, 
Clatsop County lst authorization - $300 
North Canal Section, The Dalles-California Highway, 
Deschutes County lst authorization - $200 
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a bridge on this section of the highway which, according to the Engineer, will 
not bear up under the excess load. 


The Secretary presented a letter from the County Court of Crook County 
requesting that payment by the county, for oiling of an 0,7-mile section of the 
Hardin County Road by state forces » be deferred from the July apportionment of 
motor vehicle funds by the Secretary of State to the December apportionment of 
such funds because bad weather conditions indicate that the oiling work will 
not be completed before August 15 and the county in the meantime can use its 
money to good advantage for other purposes, The Commission approved deferment 
of the payment and instructed the Secretary to so inform the Secretary of State. 


The Engineer presented a list of surveys that he has ordered since 
the last meeting of the Commission and asked the Commission to confirm them 
and the amounts allocated for cach. After due consideration the Commission 
authorized and instructed the Engineer to make such location surveys on various 
sections of the highways of this state, which skid sections of highways, to- 
gether with their identifying location survey numbers and the amounts authorized 
and allocated for such survey expenditures, are as follows: 


Plans ~ - - ~ 202-1431 - Albany-Corvallis North Section, County Road, Benton 
County 1st authorization - $1,350 
Quarry- --- 21432 - Various Sections, Various Highways, Benton County 


ist authorization - $300 
Engineering - 209-1501 - Terrebonne-Lower Bridge Section, County Market Road, 


Deschutes County 1st authorization - $750 
Park - - - - - 16-1411 - Peter Skeene Ogden Park, The Dalles-California High- 

way, Jefferson County lst authorization - $75 
Plans ~--- 19-1427 - Alkali Lake Section, Lakeview-Burns Highway, Lake 

County ist authorization - $100 


Quarry - - - ~ 21-1461 - Various Sections, Various Highways, Lincoln County 
lst authorization - $300 
Plans - --- 22-1448 - Lebanon-Sweet Home Section, Santiam Highway, Linn 
County lst authorization - $150 
Quarry - - - - 22-1449 - Various Sections, Various Highways, Linn County 
1st authorization - $300 
Location - - - 25-1410 - Columbia River Crossing Section, Columbia River High- 


way, Morrow County 2nd authorization - $500 
Total to date $1,250 
Plans - - - - - 26-1444 - Front Avenue-West End Steel Bridge Section, Pacific 


Highway West, Multnomah County 
7th authorization - $2,000 
Total to date $18,000 
Location - ~ -130-1439 - Union Pacific Undercrossing Section, Hermiston High~ 
way, Umatilla County 2nd authorization - $300 
Total to date $600 


Plans - - - = - 34-1432 - North Plains Flight Strip Section. Wolf Creek Highway, 
Washington County 1st authorization - $400 
Plans - - ~ - 218-1458 - Sprague River-Klamath Falls Junction Section, County 


Road, Klamath County 3rd authorization - $600 
Total to date $4,300 


6 B 3-10) 
6 B 3-11) 15-1431 Jackson Location antelope Creek-Medford Crater Lake 
6 BA-d 218-1458 Klamath Location Sprague River-Lakeview 
Junction County Road 
5 B 32-22 24-1436 Marion Location Illahee School-Steiwer 
Hill Pacific East 
: : = 226-1458 Multnomah Location Columbia Airport Access Road 
6 B 3-5 32-1407 Wallowa Location Enterprise-Forest Enterprise- 
Boundary (S. Unit) Lewiston 
5 B 2l-22 233-1413 Wasco Location Forest Boundary-He He 
Butte Warm Springs 
6 B 3-6 12-1426 Grent Location Soda Mountain-Silvies John Day-Bums 
1 A 2-39 3-1432 Clackamas Location Pudding River Bridge Pacific Hwy. 
Approaches East 


Sprague River-Bly Mt. Sprague River 


4-4) 218-1458 Klamath Location 
County Road 


6B 

6 B 4-6) 

6 B 4-8 & 9 123-1428 Malheur Location Malloy Ranch-Hooker Creek I.0.N. 

6 B 4-11 226-1459 Multnomeh Plans Oregon Shipyards Portland City 
Streets 

6 B 4-10 2-1430 Polk Location Monmouth-Suver Pacific West 


BE IT FURTHER RESOLVED that the State Highway Engineer be 
and he hereby is authorized to make such minor changes in the said 
locations as may improve the standards of apignment and grades not 
inconsistent with the general location of the section of highway 


involved. 


——_——————— 


The Commission considered and signed agreements, et cetera, 45 fol- 


lows: 


Agreement with Robert Fromm covering grazing of sheep in Humbug 
Mountain State Park, Curry County. 


Agreement with Public Roads Administration covering the Oregon 
state-wide planning project, obligating 1 per cent of Oregon's 
d, federal aid second- 


share of the 1943 apportionment of federal ai 
ary, and federal aid grade crossing funds. 


covering installation of a 


Agreement with the City of Salem 
North Capitol Street and 


traffic signal at the intersection of 
Center Street, in Salem. 


Blanket permit issued by Mountain States Power Company grant- 
ing State Highway Commission the use of the company's poles in con- 
nection with installation of treffic gignais, flood lights, et 


cetera. 
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Location - - - 10-1431 - Canyonville-Glendale Jet. Section, Pacific Highway, 
Dougles County 2nd authorization - $5000 
Total to date $22,000 

Location - - ~ 10-1431 - Canyonville-Glendale Jct. Section, Pacific Highway, 
Douglas County 2nd authorization - $2500 
Total to date $24,500 

Test Pits - - -17-1417 - Sexton Mountain Section, Pacific Highway, Josephine 


County 2nd authorization - $750 
Totel to date $1650 
Quarry - - - - 27-1421 - Various Sections, Various Highways, Polk County 


lst authorization - $300 
Right of Way - 2-1434 ~ Alsea Mountain Section, Alsea Highway, Benton County 

lst authorization - §100 
Location - - -206-1428 - Chrome Mine-North Bank Section, County Road, Coos 


County lst authorization - $700 
Location - - — 14-1420 - Cascade Locks-Viento Section, Columbia River Highway, 

Hood River Co. lst authorization - $11,500 
Plans - --—- 18~1428 ~ Crescent Section, The Dalles-California Highway, 

Klamath County 2nd authorization - $200 


Total to date $600 


The Engineer reported that a number of surveys heretofore authorized 
by the Commission have been completed. He presented a list of such surveys and 
reported briefly on each survey listed thereon. After due consideration the 
Commission approved the respective surveys, as reported, and adopted the follow 
ing resolution in regard thereto: 


WHEREAS, the State Highway Commission heretofore has suth- 
orizaed and instructed the State Highway Engineer to make surveys on 
certain sections or portions of the highways of the State of Oregon; 
and 


WHEREAS, pursuant to said authorization the State Highway 
Engineer has made and completed the said surveys and has filed the 
maps and plens of the said surveys in the files of the State Highway 
Commission, in Salem, Oregon; and 


WHEREAS, the maps and plans of the said surveys have been 
examined by the State Highway Commission and have been found suitable 
in all respects for approval and adoption by the State Highwey Commis- 
sion; 


H NOW, THEREFORE, BE IT RESOLVED that the surveys hereinafter 
i designated and described, together with their identifying location 
map file numbers, as shown in the map-filing records of the State 
Highway Commission in its Salem office, be and they are hereby adopted 
and approved as the location surveys of the various portions or sec- 
tions of highways involved: 


The State Highway Commission met in regular session at 9:00 a. 
the auditorium of the Public Service Building. Present were: 


Henry F. Cabell, Chairman 
Huron W. Clough, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 
H. B. Glaisyer, Secretary 


Commissioner Oliver was excused from attending this meeting. 


Bids, as follows, for highway construction projects and sale of build- 
ings in North Bend were opened and read in conformance with previously pub- 
lished notice, following which Chairman Cabell announced thet the award of con- 
tracts and sale of buildings would be made at 3:00 p. m. in the same room: 


SEVEN DEVILS CHROME MINE ACCESS ROAD PROJECT 
WEST OF COQUILLE - GRADING AND PAVING 


Tru-Mix Coucrete Company $34,034.60 
Coos Bay Dredging Company 54,887.75 
LOWER BRIDGE-TERREBONNE COUNTY ROAD 
LOWER BRIDGE-TERREBONNE SECTION - OILING 
$13,856.00 


Babler Brothers 


I.0.N. SECONDARY STATE HIGHWAY 
SOUTH MOUNTAIN MINE ACCESS ROAD PROJECT - SURFACING 


0. C. Yocom $38 , 730.00 
A. H. Saxton & Son 51,270.00 
51,720.00 


M. L. O'Neil & Son 


N. E. SUNDERLAND AVENUE & N. E. ELROD ROAD NEAR PORTLAND 
SUNDERLAND AVENUE ACCESS ROAD PROJECT ~ GRADING AND PAVING 


Porter W. Yett $98 ,853.00 
SUNDERLAND AVENUE AT PORTLAND 
CONSTRUCT TWO PILE TRESTLE BRIDGES 
Lindstrom Brothers $11,645.00 
11,960.00 


Tower Sales & Erecting Company 


PACIFIC HIGHWAY WEST 
SECTION "A" OF THE MONMOUTH-BENTON COUNTY LINE SECTION - SURFACING 


E. C. Hall Company & J. C. Compton $172,647.50 


Portland, Oregon, July 23, 1942 


_23 2943 


Blanket permit issued by Pacific Power and Light Company grant- 
ing State Highway Commission the use of the company's poles in con- 
nection with installation of traffic signals, et cetera. 


Deed of Easement conveying unto the City of Redmond a strip of 
land 20 feet wide off of the west side of Block 71 of the Original 
Townsite of Redmond, Deschutes County. Right of way file Nos. 
10100A and 10180. 


Bargain and sale deed conveying unto John H. Andes and wife and 
G. V. Howard 1.60 acres of land situate in the NW of the NW of Sec- 
tion 2, Township 35 South, Range 6 West, W. M., Josephine County. 


. Right of way file No. 9344. 


Bargain and sale deed conveying unto the Southern Pacific Company 
various parcels of real property at Eugene, Lane County. Right of way 
file No. 9775. 


Bargain and sale deed conveying unto Vera Caul 0.15 acre of land 
situate in the SE of the NW of Section 18, Township 37 South, Range 
1 West, W. M., Jackson County. Right of way files Nos. 10062 and 
10062-A. 


Bargain and sale deed conveying unto J. C. Endicott 285 sq.ft. 
of land situate in Lot 5, Block 10, McClures Astoria, in the City of 
Astoria, Clatsop County. Right of way files No. 5870 and 5871. 


Quitclaim deed conveying unto the Southern Pacific Company 38,175 
sq.ft. of property in the City of Eugene, and 576 sq.ft. and a slope 
easement containing 0.10 acre situate in Section 33, Township 17 South, 
Range 3 West, W. M., Lane County. Right of way file No. 9775. 


The Commission confirmed Thursday, July 16, 1942, as the date for its 


next regular meeting for the receiving of bids. This meeting is to be held in 
Portland, and the Secretary was instructed to make the usual arrangements for 
the use of the auditorium of the Public Service Building. (The meeting was 
later postponed one week, to Thursday, July 23, 1942.) 


There being no further business to come before the Commission at this 


time the meeting was adjourned at 6:00 p. mn. 
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Building No. 9519 (Former owner J. H. McDonald) 
Mrs. Leo LaBranch (lst choice) 


Guy A. Cutlip (2nd choice) 
George H. Bessey (1st choice) 


Building No. 9522 (Former owner J. Gildersheim) 


M . Jorgenson 


Building No. 9524 (Former owner Iva B. Butcher) 


Mrs. Leo LaBranch (2nd choice) 
George H. Bessey (2nd choice) 


Building No. Q486-D (Former owner Coos County) 
No bids received 


Building No. 9527 (Former omer J. E. Bergen) 
John D. Bergen 


Building No. 9528 (Former owner H. W. and Jessie Lee Clark) 
W. H. Eickworth 


Building Noe 9524-A. (Former omer Clyde and Iva Butcher) 
George H. Bessey (3rd choice) 


Building No. 9530 (Former owner R. M, Hazelton) 
No bids received 


Building No. 9646 (Former ower A. M. Haley) 
No bids received 


Prior to the opening of bids the Engineer discussed with the Commis- 
sion the merits of the use of bituminous type pavement, as compared with Port- 
land cement conerete pavement in connection with the construction of Unit "A" 
of the Monmouth-Benton County Line Section of the Pacific Highway West. He re- 
called that the only bid received by the Commission at the previous meeting 
for concrete pavement on Unit "B" was so high that it was rejected, but the bids 
on Unit "A" were held for further consideration. He advised that the Portland 
cement concrete pavement will provide a more permanent wearing surface and in 
his estimation the Commission could well afford to accept the offer of Edlefsen- 
Weygandt Company, submitted at the meeting on June 25, 1942, for such type of 
pavement on Unit "A", if the cost per mile does not exceed that for the 
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PACIFIC HIGHWAY WEST 
SECTION "B" OF THE MONMOUTH-BENTON COUNTY LINE SECTION 
GRADING AND SURFACING 


E. C. Hall Company, J. C. Compton & McNutt Bros. $229,153.00 
SALE OF 31D NGS _IN 
Building No. 9491 (Former ommer Coos Bay Longshoremen Beneficial Association) 


No bids received 


f Building tio. 9498 (Former owner Cora Swanson Coyle) 

Ha School District #26-C $56.00 
silt W. H. Biekworth 51.00 
; | Thomas A. Anderson 51.00 

Guy A. Cutlip 42.50 
+E Building No. 950] (Former owner Ira L. Goodlin) 
W. H. Eickworth $152.00 
; M. Jorgenson (2nd choice) 100.00 
Building No. 9560 (Former owner J. H. Tewsley) 


No bids received 


Building No. 9499 (Former owner John Sandine) 
No bids received 


| 


Building No. 9493-A. (Former owner Independent Stevedoring Company) 


Mrs. A. T. Lee (1st choice) $32.00 
Building No. 9486-B (Former omer Coos County) 


No bids received 


i 
| 


Building No. 9506 (Former owmer John McNabb) 

Reymond Clair $41.00 
Building No. 9486-C (Former owner Coos County) 

M. Jorgenson (lst choice) $100.00 
Building No. 9518 (Former owner P. M. Ross) 


No bids received 


Judge Higgs also inquired as to the status of the oiling of the 
Hanley Lane Project. The Engineer advised that the road was not in shape to 
receive the light oil treatment proposed, so it was necessary to cancel that 
part of the contract; however, the road will be maintained in the best possible 
condition until such time as the Commission can see its way clear to do a first- 
Class job. (See ahead for Engineer's detailed report to the Commission) 


Judge Higgs also brought up for discussion the matter of providing 
surfacing materials for strengthening the Buchanan Section of the Central 
Oregon Highway. He advised that the contractor for the construction of the 
Burns airport has indicated a desire to submit a bid for this project if the 
Commission will readvertise it. In view of Judge Higgs's statement, the Com- 
mission authorized readvertising the job, which is known as the Buchanan Rock 
Production Project, for bids to be received at the next meeting. 


The following persons were present in regard to the 0. C. Yocom sub- 
contract under Leonard & Slate for the oiling of the Boswell Ranch-Follett 
Ranch Section of the Wallowa Lake Highway, in Union County, contract No. 2483: 
Eugene Marsh, attorney for Mr. Yecom, 0. C. Yocom, Fred Slate, and Fred Reed, 
representing the surety on Leonard & Slate's bond. Mr. Marsh was spokesman. 
He advised that Mr. Yocom is ready and willing to proceed with the work under 
his subcontract but is unable to do so on account of difficulties in securing 
needed repair parts, accessories, et cetera, for his equipment, it being im- 
possible for him to secure a priority rating which would enable him to purchase 
such materials. In view thereof, he is asking the Highway Commission to approve 
the termination of the project. The Engineer advised that this is a very im- 
portant project and must be completed in order to maintain travel in a satis- 
factory manner between Enterprise and LaGrande. He recommended to the Commis- 
sion that the contractor be required to complete the job and if he cannot do 
it that the contractor's surety be called upon to do the work or that the 
work be done with state forces, the cost thereof to be charged against the 
contractor. Chairman Cabell pointed out that there are a mumber of projects 
throughout the state that are in the same category and that the Commission is 
requiring the contractors to do everything possible to complete their jobs; 
further, that most of the contractors are going ahead with their work notwith- 
standing the difficulties and worries with respect to priorities. He said 
that, in his estimation, the Highway Commission could not relieve Mr. Yocom or 
Leonard and Slate from their responsibility in connection with the job under 
discussion unless and until they have made an honest effort to do the work in 
accordance with the contractual obligations. The matter was discussed at con- 
siderable length but definite action thereon was deferred until the afternoon 
session. 


Following the departure of this group and the disposal of other 
matters, the Attorney reported the following offer from Mr. Yocom: Mr. Yocom 
will ship his crushing equipment to the job and will install the same for op- 
eration if the state will advance the cost involved which is estimated at 
$5,000; but he will not guarantee to finish the job unless he can secure neces~ 
sary repair parts for his equipment. The Commission agreed to pay Mr. Yocom 
for the materials placed in stock pile but not to advance any funds for the 
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bituminous type pavement, for which bids are to be received at this meeting, 
by more than $12,000 per mile, and he so recommended, 


The Engineer further stated that bids recently received on both types 
of pavement were approximately twice the amount prevalent two years ago and it 
was his opinion that, while the costs had unquestionably advanced due to the 
increase in the costs of labor, materials, and supplies, and the difficulty of 
securing competent skilled labor, there did not appear to be this difference 
in cost and that he believed highway construction work should be confined to 
the necessary jobs required by the war effort, on account of the lack of com 
petitive bidding. 


After considerable discussion, the Commission decided to award the 
contract for Unit "A" on the basis of concrete pavement, if the cost per mile 
for this type of pavement does not exceed the amount to be bid for bituminous 
macadam pavement by more than $10,000 per mile. (Later bids were opened and 
it wes found that the cost of the concrete type pavement actually exceeded the 
cost of the bituminous macadam type pavement by $11,300 per mile and, in view 
of the Commission's predetermined decision, the award was made on the basis of 
bituminous macadam pavement because the cost of the concrete pavement exceeded 
the cost of the bituminous macadam pavement by more than $10,000 per mile.) 


Mr. Jessup, representing the Contractors Equipment Corporation, came 
before the Commission in regard to his offer to rent two tractors which were 
advertised by the Commission for bids to be received at the meeting held on 
June 25, 1942. Mr. Jessup stated that his offer was submitted in behalf of 
j Norris Brothers, road contractors, and that he has no particular interest in 
/ the same only as an accommodation to his client; further, that as protection 
} for himself, he has asked Norris Brothers to furnish a bond which they have 
: been unable to do up to the present time. He asked the Commission to relieve 
: the Contractors Equipment Corporation of its obligation in the event that 
| Norris Brothers cannot purchase the bond. After some discussion the Commission 
| approved the request and authorized the Secretary to return the certified check 
: deposited by the Contractors Equipment Corporation in connection with its offer 
' in the event that Norris Brothers cannot meet the requirements. Mr. Jessup 
stated that he would advise the Commission definitely later in the day. (The 

Attorney reported during the afternoon session receipt of information from 

Mr. Jessup that Norris Brothers have been successful in securing a bond and 
that he, Mr. Jessup, would execute the rental agreement shortly.) 


“ 

4 County Judge Nelson B. Higgs of Harney County was present and inquired 
as to what plans, if any, the Highway Commission has for construction of the 
Burns airport road. He was informed that the Commission has no plans for such 
road and, if any work is done, the project mst be initiated by federal author- 
ities; further, that, if such federal authorities approve the project as essen- 
tial in connection with tne war effort and will authorize federal access moneys 
4 to pay the costs involved, the Highway Commission will be pleased to arrange 

if for a contractor to do the work. 
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options have been considered by the Commission, outlining the bases 
of settlement which have been agreed upon, and 


WHEREAS, it is the judgment of the Commission that the 
said options should be approved and accepted, and/or the said re- 
ports be declared acceptable to the State Highway Commission as bases 
of settlement for the properties involved, and that the acquisition 
of the properties should be completed: 


NOW, THEREFORE, BE IT RESOLVED that the severel offers, or 
bases of settlement hereinafter enumerated be, and the same hereby 
are, approved and accepted, and that the Attorney for the State High- 
way Commission be, and he hereby is instructed to complete the ac- 
quisition of the said properties and to take title thereto in the 
name of the State of Oregon. The said properties hereby ordered and 
authorized to be acquired are as follows: 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


“ C r 
7368-Reed, Blanche Park lots Lump Sum - $25 McChesney 
Bandon-Port Orford Section, Oregon Coast Highway 
6033-Cadman, H. S. Stock Pile ™ 1.0 Lump Sum - $80 for land, 
(Correction) Site + $5 for taxes, + $5 
Federal Land Bank Lytle 
- W 

5208-Hirsch, Helen 0.05 $250 per acre, + $7.50 Landon 
5206-Plimpton, Alice J. et al R/W 447 $250 per acre, + $67.50 " 
5214-0'Day, Thomas J. R/W 0.9 $100 per acre 

1.0 $165 per acre 

6.0 $250 per acre, + 

7. $425 ® 


6501-Mizner, Geo. E. and 
Warren C. Baugh R/W 5.92 $200 per acre, + $116 Collins 
6505-Zaniker, Jos. R/W 0.57 $200 per acre, + $26.25 " 


6504-Berger, Carl R/W 2.88 $225 per acre, + $216 " 
10305-Boody, Nathan A. R/W 4,625 sq.ft. $700 McCallister 
. 10316-Kraemer, Otto J. R/W 360 sq.ft. $43 " 
10310-Dixon, Lenord H. R/W 4,937 sq.ft.$4,000 " 


on Sb olumbis. 
10410-A Portland, City of 
104,79-Housing Authority of R/W 3.15 GRATIS 
Portland, Oregon 
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setting up of his plant. It was also decided to require the contractor to com- 
plete the project in accordance with the specifications. (See ahead for addi- 
tional paragraph) 


Mr. E. H. Lindsey, County Commissioner of Tillamook County, was 
present and asked the Commission to reconstruct the Oregon Coast Highway on 
permanent alignment southerly from Tillamook, a distance of about three miles, 
to the new Army and Navy blimp base that is being constructed at such location. 
He suggested the application of federal access road moneys to finance the im- 
provement. The Engineer advised that permanent alignment for the highway has 
been agreed upon with the Army and Navy authorities but so far as securing the 
access road moneys to pay for the work is concerned that is a matter that must 
be initiated either by the Army or the Navy through the Public Roads Administra- 
tion. Mr. Lindsey asked the Commission to take the initiative. Chairman Cabell 
replied that the Highway Commission is interested in any project that is wanted 
by the Army, the Navy, or the War Production Board but not to the extent of 
selecting the projects that are to be financed with the access road moneys; 
further, that the Commission will do anything that the Army or the Navy wants 
deve but cannot undertake work other than the projects approved by the Army and 
te Navy because of lack of funds and governmental restrictions. He suggested 
that the county court contact the Army and Navy authorities. Mr. Lindsey then 
suggested that it would be advisable for the Commission to at least acquire 
right of way on the new alignment so as to avoid delay on that account, if the 
project is approved for construction. The Commission took the matter under ad- 
visement. 


Following Mr. Lindsey's departure the matter was reconsidered and the 
Engineer at that time was authorized to make a definite location survey of the 
three-mile section between Tillamook and the blimp base, and the Attorney was 
authorized to negotiate options for the right of way. 


The Assistant Attorney was present and reported orally on expendi- 
tures made this year for right of way and other real property purchases. The 
Commission approved the report. 


The Attorney requested authority to acquire certain parcels of real 
property that are needed for various highway improvements throughout the state. 
He submitted a list of such properties, together with offers that he recommended 
be made in connection with each. The Commission, after careful consideration 
of each item, approved the request and thereupon by unanimous vote adopted the 
following resolution with respect thereto: 


WHEREAS, in connection with the further improvement of the 
highways hereinafter designated, it is and has been necessary to ac- 
quire property for right of way, quarry sites, gravel or other mater- 
ial sites, or sites for the storage of materials, as hereinafter more 
definitely set forth, and 


WHEREAS, as a result of negotiations carried on with the 
owmers of the property required, options have been obtained, which 


° 1 0 o 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


10477-Long, James - 26.52 $10 per acre Witt 
10438-Messinger, Charles E. & 17 21.35 $25 per acre, + 


Virgil E. Messinger $801.25 McChesney 
10437-Williams, Mary B. & R/V 3.1 $25 per acre, + 

Jefferson County $248.75 . 
10436-State Land Board R/W 4.74 $25 per acre, + $92.21, 

+ fencing 

104,35-MeConnell, L. S. & Mary R/W 5.74 $25 per acre, + 

E. - Estate $383.47 . 
10434-Williams, Mary B. & R/W 6.41 $25 per acre, + 

Jefferson County $420.50 " 


nite if: iorrow oun eC aS 3 : onwe 

8934-Neal, Irene Zinter R/W 4-95 $25 per acre, + 

$332.50 Gardiner 
Dead Ox Flat-Cairo Junction Section, Old Oregon Trail 
10369-Thayer, M. H. Stock Pile 1.0 $25 per acre, + 

Site fencing Cozad 
. 

10377-Haylett, Maude * 15.70 $20 per acre, + 

$1,056.50 Cozad 


10373-Salove, Agustin, & Fred 
J. Palmer 
10380-Molloy, Richard 


0.76 GRATIS " 
2.00 $100 per acre 
4.25 $10 per acre 
0.82 $50 per acre, + $1572.50, 
7.07 + $194.50 bd 


33 


wift Boulevard on, No Po and Sh a) A ss Highwe 
10403-Northwestern Electric R/W 0.12 $500 per acre, + 
Company $296.58 McCallister 
9479-Poisal, Henry, end Fannie R/W Allowance for 30 cords of cord- 
K. Waln (Supplemental) wood at $1.50 per cord, or $45 Witt 
$713-Damon, Lloyd L. R/W Allowance of $500 for construc- 
tion of ditch DeSouza 


The Attorney also requested authority to institute condemnation pro=- 
ceedings to acquire certain other properties which he has been unable to 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


ure OF D “el 


10410-B Portland Dock Comm. R/W 4,710 sq.ft. GRATIS McCallister 


9257-A Miller, Leora R. yi 2.07 Lump Sum - $200 Benson 
Parker 

lolger-Raxzhalinsy fnshione Leas Sip Ridhens ast 

9716-Thompson, Ellen M. 2.62 $100 per acre, + 


$202.25 Gardiner 
10273-Petersen, Gust H. R/W 0.4 $200 per acre, + 

$287.50, + moving 

bldgs., (Estd. $1,000 " 


9424-Olsen, Vernon R. 13 1.0 Land - $1,500, + 


$1,700 Devers 


J y > 
| nn ne ert ee cee 


10368-Bailey, Mary Alice Gravel 
Pit 10.0 $75 per acre, + $30 McChesney 


i 
} 
; 


10480-Hawley, Alsea Slide Area, 
Ditch Easement, 
Road Approach 1.90 $92 per acre 
$92 per acre, + 
2.38 $850 Gardiner 


10425-Steward, Harry S. & ot 1.28 $75 per acre, + $53 Witt 
0 


Josephine County 


10429-Grimes, James F. R/W 2s $75 per acre 

2.65 $25 per acre, + $200, 

4.65 + construction well 

(Estd. $100) a 

10430-Marquardt, Fred R/W 5.0 $100 per acre 

74 $10 per acre, + 

12.4 $582.50 " 
10436—Quinn, William B. R/W 2.30 $75 per acre, + $83, 


+ maximum cost bridge 
to owner's property 
(Estd. $150) 


Medford Section, Crater Lake Highway 

10495-Walden, Jerinie Easement Sidewalk and curb easement- 
Gratis Witt 

10496-Walden, Jennie Easement Sidewalk and curb easement- 
Gratis " 


and all necessary for the accomplishment of the purposes hereinafter 
expressly and specifically set forth, which said real properties and 
the specific purposes for which the same are being acquired are de- 
scribed as follows, to wit: 


Real property owned by Nelse Johnson and Inez Johnson, 
husband and wife, which property is located in the northeast 
quarter (NE) of the southeast quarter (SE¢) of Section 25, 
Township 1 North, Range 2 West, W. M., Washington County, 
Oregon, and is more particularly described on the attached 
sheets and designated as Parcel No. 1 and is further iden- 
tified in the records of the Highway Commission as file R 9690, 
and which property is being acquired for right of way purposes 
in connection with the Wolf Creek Highway;* 


Real property owmed by Western Loan and Investment Com- 
pany (S. A. Swayne, contract purchaser), which property is 
located in the west half (W4) of the northeast quarter (NE) 


of Section 36, Township 27 South, Range 46 East, W. M.; in 
the west half @$) of the southeast quarter (sEd} and in the 
northeast quarter (NEz) of the southwest quarter (SW) and 
in the southwest quarter (SW) of the northeast quarter (NE) 
of Section 25, Township 27 South, Range 46 East, W. M., and 
in the northeast quarter (NEZ) of Section 36, Township 27 
South, Range 46 East, W. M., all in Malheur County, Oregon, 
and is more particularly described on the attached sheets 
and designated as Parcels Nos. 2, 3, and 4 and is further 
identified in the records of the Highway Commission as file 
R 10378, Parcels Nos. 2 and 3 being acquired for right of 
way purposes and Parcel No. 4 being acquired for the purpose 
of securing roadbuilding materials therefrom for use in 
connection with the I.0.N. Highway and the South Mountain 
Chrome Mine Access Road.* 


Real property owned by William M. Muchow (George K. 
Taggart, contract purchaser), which property is located in 
the south half (S4) of Section 10, Township 27 South, Range 
14 West, W. M., Coos County, Oregon, and is more particularly 
described on the attached sheets and designated as Parcel 
No. 5 and is further identified in the records of the High- 
way Commission as file R 10498, and which property is being 
acquired for right of way purposes in connection with the 
Seven Devils Chrome Mine Access Road;* 


Real property owned by H. L. Griffin and J. Jorgensen 
(William M. Muchow, contract purchaser), which property is 
located in the northeast quarter (NEZ) of Section 15, Town- 
ship 27 South, Range 14 West, W. M., Coos County, Oregon, 
and s more particularly described on the attached sheets 
and designated as Parcel No. 6 and is further identified in 
the records of the Highway Commission as file R 10498A, and 
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acquire by negotiation. He submitted a list of such properties, together with 
offers that he recommended in connection with each in condemnation, as follows: 


Eile No. Name Purpose Required Recommended Offer 
10500 Fahy and Muir Right of Way $500.00 
10498 W. M. Muchow (contract purchaser, Right of Way 15.00 


Geo. K. Taggart) 
104984 Griffin and Jorgensen (contract 
purchaser, W. M. Muchow) Right of Way 10.00 
10499 Coos Bay Lumber and Coal Company Right of Way $55.00 to $60.00 
(Frank Boutin) 


9690 Nelse Johnson Right of Way 30.00 
10378 Western Loan and Investment Co. Right of Way 1400.00 
(Dr. S. A. Swayne, contract And Gravel Pit 600.00 

purchaser) 


After discussion the Commission approved the offers and the Attorney's request. 
The following resolution in regard thereto was adopted by the Commission by 
unanimous vote: 


WHEREAS, the State Highway Commission is authorized to locate, 
relocute, construct, reconstruct, maintain, widen, straighten, and 
otherwise improve state highways, both primary and secondary, and also 
access roads or other roads in which the Federal Government is inter- 
ested, and said Commission is also authorized to construct shops, equip- 
ment sheds, office buildings, maintenance sites, patrolmen accommodations, 
and snow fences, and ig authorized to acquire quarry sites, gravel pits, 
storage sites, stockpile sites, weighing stations, and broadcasting 
stations, and is further authorized to develop, construct, improve, 
operate, and maintain parks, parking places, auto camps, camp sites, 
roadside development, recreational grounds or resorts, and other places 
of attraction and scenic value; and 


WHEREAS, said Highway Commission is authorized to acquire 
by purchase, agreement donation, or by the exercise of the power of 
eminent domain real property, or any interest therein, necessary or 
deemed by the Highway Commission necessary for the accomplishment of 
any and all of the foregoing things; and 


WHEREAS, in the judgment of the Highway Commission the sev- 
eral tracts or parcels of land hereinafter described are each and all 
necessary for the specific and particular purposes hereinafter spe- 
cifically set forth; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the State 
Highway Commission as follows: 


1. That the Commission does hereby find and declare that 
the several parcels of real property hereinafter described are each 
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be and he hereby is requested to commence and prosecute to 4 final 
determination such suit or action, or suits or actions, as may be 
necessary and appropriate to acquire title to the said premises and 
all rights therein for the purposes herein stated. 


5. That this resolution be entered in full in the minutes 
and records of this Commission. 


(The detailed descriptions of the respective parcels of real prop- 

erty mentioned in this resolution are attached to the original reso- 
lution on file in the office of the State Highway Commission, Salem, 
being Resolution No. 27, under the heading “Real Property Condemna- 

tion Resolutions", and said descriptions by this reference are made 

a part of this minute entry to the same extent as if copied in full 

herein.) 


a 


The Attorney reported on the contemplated sale of Building No. 9534, 
in North Bend, situate on property formerly owned by Alma Moss, et al. He 
advised that, following the previous meeting of the Commission, he received & 
telephone call from Captain M. G. Albey of the Coast Guard, Marshfield, who 
agreed to pay $250 for the building and who advised that the Coast Guard wanted 
the building at once and would move it by July 15, if the purchase was approved 
by his superior officer. He further advised that he brought the facts to the 
Attention of Chairman Cabell who agreed to the sale of the tuilding to the 
Coast Guard for the sum of $250, which was the value placed on the building 
at the time it was advertised for sale at the previous meeting. Such offer, 
he said, was made to Captain Albey who indicated that it was entirely reason- 
able and advised that he would make a definite commitment to purchase the same 
after contacting his superior officer. It now appears, he said, that Captain 
Albey was unable to secure approval of the purchase; however, such information 
was received too late to include this building in the Commission's call for 
bids to be received at this meeting so the Commission is still the owner of 
the building and has no sale to confirm. He requested instructions. The 
Commission ordered that this mailding and others remaining unsold as 4 result 
of the taking of bids at this meeting be turned over to the state's contractor 
for wrecking and removal from the highway right of way in the event that they 
cannot be sold privately before the highway project is advertised for bids. 


The Attorney requested instructions whether or not to proceed with 
the taking of options for right of way on the revised location of the Columbia 
River Highway between Portland and the Sandy River at Troutdale. He recalled 
that the Commission gave him such authority at one time but stopped negotiations 
later because of war conditions. The Engineer advised that this is one of the 
projects that is planned for post-war construction and in his estimation the 
right of way should be obtained so there will be no delays from that stand- 
point when construction is ready to go forward. He explained that the right 
of way as laid out provides for four lanes of traffic throughout the entire 


which property is being acquired for right of way purposes 
in connection with the Seven Devils Chrome Mine Access Road;* 


Real property owned by Coos Bay Lumber and Coal Company 
ge Boutin) which property is located in the west half 
W3) of Section 14, and in Sections 23, 24, and 25, Township 
27 South, Range 14 West, W. M., Coos County, Oregon, and is 
more particularly described on the attached sheets and desig- 
nated as Parcel No. 7 and is further identified in the rec- 
ords of the Highway Commission as file R 10499, and which 
property is being acquired for right of way purposes in con- 
nection with the Seven Devils Chrome Mine Access Road;* 


Real property owned by Beulah Fahy and Ruby E. Muir 
and Andrew Muir, which property is located in the south half 
(S4) of Section 30, Tomship 27 South, Range 13 West, W. M., 
Coos County, Oregon, and is more particularly described on 
the attached sheets and designated as Parcel No. 8 and is 
further identified in the records of the Highway Commission 
as file R 10500, and which property is being acquired for 
right of way purposes in connection with the Seven Devils 
Chrome Mine Access Road;* 


2. That the Commission does hereby find and declare that 
each of the said described parcels of real property is necessary and 
acquisition of the same by the State is required for the specific 
purposes hereinabove set forth, and the said properties are being 
acquired for the express and specific purposes in this resolution 
set forth. 


3. That the State Highway Engineer be and he hereby is in- 
structed and directed to make or cause to be made all surveys neces- 
sary in connection with the determination, description, and acquisi- 
tion of seid real properties, and said Engineer is further instructed 
to prepare and submit to the Legal Department necessary and adequate 
descriptions of the said real properties, which said descriptions 
shall be available for the preparation of any deed or deeds or other 
instrument or instruments necessary to complete the acquisition of 
said property or properties, whether said properties be acquired by 
purchase, donation, agreement, or by the exercise of the power of 
eminent domain. 


4. That J. M. Devers, Attorney for the State Highway Commis- 
sion, be and he is hereby requested, authorized, and directed to attempt 
to agree with the owner or owners and/or with the tenants or persons 
in possession, if there be any, of said parcel or parcels of land with 
respect to the compensation to be paid for the taking of the same and 
the damage, if there be any, and in the event that no satisfactory 
agreement or agreements can be reached, then it is hereby further 
resolved that J. M. Devers, Attorney for the State Highway Commission, 
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The Commission adjourned at 12:20 p. m. and reconvened at 1:30 p. m- 
in the same room with the same persons present and participating. 


The Engineer reported the need to provide a separation of vehicular 
traffic at the intersection of Union Avenue and Denver Avenue, Portland, just 
south of the Interstate Bridge where traffic congestion is very severe at cer- 
tain times of the day due to changing of shifts at the shipbuilding plants. 

He submitted a drawing showing a proposed layout and requested authority to 
make a detailed location survey to ascertain how much it will cost to construct 
the same. After discussion the Commission approved the request; however, in- 
structed the Engineer net to submit the project to the Public Roads Adminis- 
tration until the Commission has had an opportunity to inspect the final plans, 
or at least until he has been authorized so to do by each member of the Commis- 
gion over the telephone. 


The Attorney requested instructions relative to the leasing of a duck 
lake in Umatilla County that the Commission acquired from Mr. ¥. P. Smith in 
connection with the acquisition of right of way needed for the construction of 
the Boardman-Stanfield Highway. He advised that the former owner previously 
rented this lake to sportsmen from Pendleton who paid him approximately $300 
annually for the use of the same, and that Mr. Sem R. Thompson of Pendleton, 
who was one of the former lessees, is now inquiring whether or not the Commis- 
sion will lease the lake to him. Mr. Thompson, he said, will pay #100 for a 
one-year lease of the lake which will give him sufficient time to ascertain 
whether or not the lake is still good for hunting purposes in view of its 
proximity to the new highway. The Commission authorized the Attorney to ac- 
cept Mr. Thompson's offer as an experiment for one year only, the idea being 
that the Commission may wish to charge more for this privilege if the lake is 
still good for duck-hunting purposes. 


The Attorney requested instructions relative to paying Mr. L. E. 
Stefford the sum of $650 for the moving of a barn from right of way acquired 
from him in connection with the revision of the Goshen-Pleasant Hill Section 
of the Willamette Highway, it appearing that the barn was destroyed by fire be- 
fore the moving operations were commenced. He advised that Mr. Stafford is de- 
manding payment for the moving of the barn notwithstanding that the barn was 
burned and could not be moved. The Commission took the attitude that it has 
no ethical or moral obligation to pay Mr. Stafford; however, deferred 4 deci- 
sion until the next meeting. The Attorney was instructed in the meantime to 
look into the legal features involved. 


Consideration was given by the Commission to a request from Mr. 
Louis Enard Abrams for permission to perform certain landscaping work on prop- 
erty that the Commission is acquiring from him for slide protection purposes 
at the north end of the Coos Bay Bridge. The Attorney advised that Mr. Abrams 
plans to landscepe his own private property and wants the privilege of extend- 
ing the work onto the state's land so as to eliminate any possible eye sore. 
He was instructed to inform Mr. Abrams that the Commission has no objection 
to his landscaping the state's property provided he does so at his om risk 
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distance. After some discussion the Commission decided that the right of way 
should be obtained and thereupon authorized the Attorney to proceed with the 
taking of options for the same. 


The Attorney brought up for discussion the matter of acquiring a 
gravel pit that is needed as a source of materials for the surfacing of the 
Seven Devils Chrome Mine Access Road, for which bids were taken at this 
meeting. He advised that the owner of the gravel pit resides in California 
and that Coos County Court, which is interested in the project, has arranged 
for the use of the pit on certain conditions and has stated its willingness to 
let the state have the benefit of the same under the same conditions which 
include, among other things, the building of cattle guards for the omer, 
graveling of private roadways, and disposal of overburden so that it will not 
interfere with the use of adjacent private land. The county's arrangement, 
he said, also provides for the use of the gravel pit for five years with right 
of renewal for an additional three years; further, that the county must pay 
five cents per cubic yard for the material taken from the pit and must remove 
at least 7,000 cubic yards of material annually. Furthermore, the county must 
pay the owner the sum of $300 if for any reason the arrangement is terminated 
before the expiration date. The Commission considered such conditions alto- 
gether too drastic and that its obligation with respect to the use of the pit 
should be limited to the county, particularly in view of the fact that the 
county is securing considerable benefit by reason of the improvement of the 
county road, including the repair of the bridges on the same. After consider- 
able discussion of this matter, the Attorney was instructed to point out to 
the county court that this road improvement is being undertaken at the request 
of the Army authorities who want it in connection with the war effort, and that 
the Commission is willing to pay not to exceed five cents per cubic yard for 
the material taken from the pit, but does not wish to assume the county's ob- 
ligation to the owner of the pit. He was further instructed to prepare a 
written agreement between the county and the state covering the best arrange- 
ment that can be effected and to submit the same to Chairman Cabell for his ap- 
proval. It was decided to hold up the award of the contract for the Seven Devils 
Chrome Mine Access Road until thic matter has been satisfectorily adjusted. 


The Commission discussed briefly a letter from the Oregon Railroad 
Association requesting the adoption of an order requiring all traffic to come 
to a complete stop before crossing main-line railroad tracks at grade in 
Oregon. The Engineer advised that there are approximately 32 grade crossings 
on state highways that will be affected by such an order. In the discussion 
of this matter it was brought out that so far as can be learned people of the 
state are in favor of such an order, such information having been obtained by 
eral contact, newspaper reports, and letters. In this connection Chairman 
Cabell reported receipt of numerous letters from members of the State Legis- 
lature and a letter from the Attorney General, all of whom recommend the 
adoption of such an order by the Highway Commission. He indicated his ap- 
proval of the same, as did also Commissioner Clough, and it was decided to 
convey such information to a delegation representing the Oregon Railroad Assoc- 
iation which is to appear before the Commission during the afternoon session. 
(See final action and resolution ahead.) 
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Commission for expenditures made in connection with the reconstruc- 
tion and restoration of said highway; 


NOW, THEREFORS, BE IT AND IT HEREBY IS RESOLVED, that 
I. H. Van Winkle, Attorney Generel of Oregon, and J. M. Devers, Chief 
Counsel for the Highway Commission, be and they hereby are requested 
to institute and prosecute such action or actions as the; may deem 
necessary and advisable to recover from the said parties the loss 
sustained by the state by reason of said flood. 


The Engineer reported that the following sections of old state high- 
way routes are no longer of value from the state highway standpoint in view 
of the fact that the sections have been reconstructed on revised alignment, 
and recommended that the Commission abandon these sections in favor of the 
counties in which they are situate: portion of Scappoose-Multnomah County 
Line Section of the Columbia River Highway; portion of the Flagstaff Hill- 
Ruckles Creek Section of the Baker-Homestead Highway; and a portion of the 
Clackamas Overcrossing Section of the Cascade Secondary Highway. The Commis- 
sion approved the recommendation and thereupon by unanimous vote adopted the 
following resolutions: 


WHEREAS, in order to afford a better alignment and a more 
satisfactory, safe and convenient highway for the traveling public, 
the Commission found it necessary to relocate a portion of the 
Scappoose-Multnomah County Line Section of the Columbia River High- 
way in Columbia County; and 


WHEREAS, by reason of said relocation and reconstruction 
of said section of said highway there was eliminated and made unneces- 
sary as a part of the permanent highway a certain section or part 
thereof, which section is more specifically defined and designated 
hereinafter in this resolution; and 


WHEREAS, it is the judgment and opinion of the Commission 
that there should be recorded in the minutes and records of the Com- 
mission its purpose and plan to abandon as a part of the said state 
highway the fragment or portion of right of way hereinafter desig- 
nated and heretofore included within the area of the right of way 
of the said highway as formerly located, improved and used; 


NOW, THEREFORE, the premises being in general as above 
stated, it hereby is resolved by this Commission, all members being 
present and affirmatively participating, as follows: 


1. That the fragment of land confined within the area of 
land hereinafter designated, which fragment or parcel of land was 
formerly within the limits of the right of way of the Scappoose- 
Multnomah County Line Section of the Columbia River Highway in 
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and with the understanding that the state retains the privilege, without obli- 
gation to him, of doing its om landscaping work at any time in the future when 
the Commission feels so inclined. 


The Attorney reported receipt of a communication from Mr. E. M. Peck, 
Division Real Estate Project Manager of the United States War Department, with 
respect to a state-owned stock pile site located within the borders of Camp 
Adair Cantonment near Corvallis, which site is needed by the Army in connection 
with the development of this cantonment. He advised that he tried to satisfy 
the War Department's requirements with respect to this site by preparing a reso- 
lution for adoption by the Commission, giving to the Government complete control 
over the tract of land for the duration of the present emergency but, according 
to Mr. Peck, this method is not satisfactory because the rules and regulations 
by which those in charge are governed make absolute acquisitions of the property 
imperative, in view of which he is submitting the tract for condemnation. The 
Commission took no action on the matter. 


The matter of leasing to the United States War Department a certain 
stock pile site situate within the borders of Camp White Cantonment near Medford 
was also discussed by the Commission. The Attorney advised that the War Depart- 
ment is willing, in this instance, to accept a lease of the stock pile site and 
has submitted a standard form of lease covering the matter for execution by the 
Commission; however, has asked that the Commission adopt a resolution authorizing 
the members of the Commission to sign the same. He pointed out that no mention 
is made whatsoever in the lease for the moving of the materials that have been 
stock-piled on the area in question and gave as his thought that the Commission 
should not execute the lease or adopt a resolution until that particular feature 
has been disposed of. The Commission concurred and thereupon deferred action 
on the matter until the next meeting. 


The Commission had under consideration the matter of damage to The 
Dalles-California Highway in Klamath County caused by the breaking of a dike 
and the consequent flooding of the highway to the damage of the state in a sum 
in excess of $50,000. The Attorney reported that he, in response to instruc- 
tions from the Commission, had submitted to the power companies, and to the 
railroad companies involved, statements of the state's claim, and requests that 
the claim be paid, but it appears that both the power companies and the rail- 
road companies have rejected the claims. After due consideration, the follow- 
ing resolution was unanimously adopted: 


WHEREAS, upon information made available to the Commission 
by members of its engineering staff and by its Chief Counsel, the 
Commission is of the opinion that the California-Oregon Power Company, 
The California Oregon Power Company, and/or the Southern Pacific Com- 
pany and the Central Pacific Railway Company are responsible, jointly 
or otherwise, for the damage done to The Dalles-California Highway 
as a result of the flood which occurred in May, 1940: and 


WHEREAS, since the said power companies and railroad com- 
panies have each and all refused to reimburse the State Highway 
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take with respect to said fragment of land, and should said abandoned 
section of the right of way of said highway be further employed for 
public or private highway purposes such use shall be entirely under 
the control and supervision of the County Court of Columbia County and 
beyond any responsibility or supervision by the State Highway Commis- 
sion. 


WHEREAS, in order to afford a better alignment and a more 
satisfactory, safe 9nd convenient highway for the traveling public 
the Commission foun? it necessary to relocate a portion of the Flag- 
staff Hill-Ruckles Creek Section of the Baker-Homestead Highway in 
Baker County; and 


WHEREAS, by reason of said relocation and reconstruction 
of said section of highway there was eliminated and made unnecessary 
as a part of the permanent highway 4 certain section which is more 
particularly defined and described hereinafter in this resolution; 
and ‘ 


; WHEREAS, it is the judgment and opinion of the Commission 
that there should be recorded in the minutes and records of the Com- 
mission its curpose and plan to abandon as 4 part of the said highway 
the fragment or portion of right of way hereinafter designated and 
which was heretofore-included within the area of the right of way of 
said highway as formerly located, but which is now without the regular 
limits of said highway as relocated. 


NOW, THEREFORE, the premises being in general as above 
stated, it hereby is resolved by this Commission, all members being 
present and affirmatively voting, as follows: 


1. That the fragment of land confined within the area 
hereinafter described, which fragment or parcel of real property was 
formerly within the limits of the right of way of the Flagstaff Hill- 
Ruckles Creek Section of the Baker-Homestead Highway, but is no 
longer a part of the right of way of said highway as the same has 
been relocated and constructed be and seid parcel of real property 
ig abandoned as a part of the right of way of said highway, and said 
parcel of land is, so far as control and supervision by this Commis- 
sion is concerned, eliminated and left to revert to the adjoining and 
abutting property owners, or to the control and supervision of the 
County Court of Baker County for highway or other public purposes as 
the Court may determine. The fragment or parcel of land affected by 
this resolution is defined and described as follows, to wit: 


All that certain section of the old right of way of 


the Flagstaff Hill-Ruckles Creek Section of the Baker Home- 
stead Highway in Sections 4, 5, 9, 10, ll, 13 and 14, 


uu 23 1942 


Columbia County but is new without the limits of the right of way of 
said highway, as said highway has been relocated and constructed, be 
and said fragment or parcel of land or portion of the old right of way 
is abandoned as a part of the right of way of said highway, and said 
fragment or parcel of land or old right of way is, so far as control 
and supervision by this Commission is concerned, eliminated and left 
to revert to the adjoining and abutting property owners or to the 
control and supervision of the County Court of Columbia County for 
highway or other public purposes as the Court may determine. The 
fragment or parcel of land affected by this resolution is defined and 
described as follows, to wit: 


All that certain section of the old right of way of the 
Scappoose-Multnomah County Line Section of the Columbia River 
Highway, in Sections 13 and 24, Township 3 North, Range 2 
West, W. M., Columbia County, lying on the westerly side of 
the right of way required for the reconstructed Columbia 
River Highway, the beginning and ending points with reference 
to the engineers' stations of the said reconstructed highway 
being Station 35+50 on the southerly end and Station 101+25 
on the northerly end. 


The location of said abandoned right of way may be more definitely 
and particularly ascertained and determined by reference to a map or 
blueprint, marked "Exhibit A", attached hereto and by this reference 
made a part hereof, which said exhibit for identification purposes 
bears the signatures of W. C. Williams, Division Engineer, H. G. 
Smith, Construction Engineer, and C. B. McCullough, Assistant State 
Highway Engineer, and is dated July 10, 1942, upon which map or ex- 
hibit there is reflected the above described parcel of land by show- 
ing the same shaded in red,* 


2. In the event there remains any physical connection be- 
tween any portion of said abandoned right of way or highway and the 
present highway, and by reason of such physical connection traffic 
from the existing highway may enter or use the said abandoned portion 
of the said old road to the possible damage or injury of such traffic 
by reason of any unsafe condition existifg with respect to said old 
or abandoned road, then the State Highway Engineer is hereby author- 
ized and directed to erect such barricade or other safeguards as may 
be necessary to protect and safeguard traffic using and employing 
said newly located, constructed and dedicated section of said highway. 


3. That this resolution be entered in the minutes and rec- 
ords of the Commission and a certified copy thereof promptly delivered 
to the County Court of Columbia County, together with a copy of said 
map or exhibit, for such action as said County Court may desire to 


*Map filedRight of Way Abandonment and Retention File - 106. 
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WHEREAS, by reason of said relocation and reconstruction 
of said section of highway there was eliminated and made unnecessary 
as a part of the permanent highway 4 certain section, which section 
is more particularly defined and described hereinafter in this reso- 
lution; and 


WHEREAS, it is the judgment and opinion of the Commission 
that there should be recorded in the minutes and records of the Com- 
mission its purpose and plan to abandon as @ part of the said high- 
way the fragment or portion of right of way hereinafter designated 
and which was heretofore included within the area of the right of 
way of said highway as formerly located, but which is now without 
the regular limits of said highway as relocated. 


NOW, THEREFORE, the premises being in general as above 
stated, it hereby is resolved by this Commission, all members 
being present and affirmatively voting, as follows: 


1. That the fragment of land confined within the area 
hereinafter described, which fragment or parcel of real property 
was formerly within the limits of the right of way of the Clack- 
amas Overcrossing Section of the Cascade Highway, but is no longer 
a part of the right of way of said highway as the same has been 
relocated and constructed be and said parcel of real property is 
abandoned as a part of the right of way of said highway, and said 
parcel of land is, so far as control and supervision by this Com- 
mission is concerned, eliminated and left to revert to the adjoin- 
ing and abutting property owners, or to the control and supervision 
of the County Court of Clackamas County for highway or other public 
purposes as the Court may determine. The fragment or parcel of land 
affected by this resolution is defined and described as follows, 
to wit: 


All that certain section of the old right of way of 
the Clackamas Overcrossing Section of the Cascade Highway 
in Section 4, Township 2 South, Range 2 East, W. M., 
Clackamas County, lying on the easterly side of the right 
of way required for the reconstructed Cascade Highway; the 
beginning and ending points with reference to the engineers' 
stations of the said reconstructed highway being Station 
456t05 on the northerly end and Station 482+07 on the south- 
erly end. 


The location of said abandoned right of way may be more def- 
initely and particularly ascertained and determined by reference to a 
map or blueprint marked Exhibit A attached hereto and by this reference 
mede a part hereof, which said exhibit for identification purposes 
bears the signatures of W. C. Williams, Division Engineer, H. G. 
Smith, Construction Engineer, and C. B. McCullough, Assistant State 


11149 


Township 9 South, Range 4] East and in Sections 5, 7, 8 and 
18, Township 9 South, Range 42 East, and in Sections 29 and 
32, Township 8 South, Range 42 East, W. M., Baker County, 
lying on the southerly side of the right of way required 
for the reconstructed Baker-Homestead Highway, said section 
also lying between Mile Post 6.91 and Mile Post 17.37 of 
said highway, the beginning and ending points with reference 
to the engineer's stations of the said old highway being 
Station 278+00 on the westerly end and Station 833+00 on 

the easterly end. 


The location of said abandoned right of way may be more def- 
initely and particularly ascertained and determined by reference to a 
map or blueprint marked Exhibit A attached hereto and by this reference 
made a part hereof, which said exhibit for identification purposes bears 
the signatures of Paul Van Scoy, Division Engineer, H. G. Smith, Con- 
struction Engineer, and C. B. McCullough, Assistant Highway Engineer, 
and is dated July 3, 1942, upon which map or exhibit is reflected the 
above described parcel of land by showing the same shaded in red.* 


2. In the event there remains any physical connection be- 
tween any portion of said abandoned right of way or highway and the 
present highway, and by reason of such physical connection traffic 
from the existing highway may enter or use the said abandoned right 
of way or highway to the possible damage or injury of such traffic 
by reason of any unsafe condition existing with repsect to said old 
or abandoned road, then the State Highway Engineer is hereby auther- 
ized and directed to erect such barricade or other safeguards as may 
be necessary to protect and safeguard traffic using and employing 
said newly located, constructed and dedicated section of said highway. 


3. That this resolution be entered in the minutes and rec- 
ords of the Commission and a certified copy thereof promptly delivered 
to the County Court of Baker County, together with a copy of said 
exhibit or map, for such action as said County Court may desire to 
take with respect to the fragment of land to be abandoned, and should 
said abandoned section of the right of way of said Baker-Homestead 
Highway be further employed for public or private highway purposes 
such use shall be entirely under the control and supervision of the 
County Court of Baker County and beyond any responsibility or super- 
vision by the State Highwey Commission. 


WHEREAS, in order to afford a better alignment and a more 
satisfactory, safe and convenient highway for the traveling public 
the Commission found it necessary to relocate a portion of the Clack- 
amas Overcrossing Section of the Cascade Highway in Clackamas County; 
and 


*Map filed Right of Way Abandonment and Retention File - 107. 
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The State Highway Department, he said, could make good use of these buildings 
and he recommended that the Work Projects Administration be requested to turn 
them over to this department without cost which is in conformity with his 
understanding of the original arrangement when the buildings were constructed. 
The Commission approved the recommendation and instructed the Engineer to do 
what may be necessary to secure control of the buildings. 


The Attorney reported the status of acquisition of right of way 
needed for the Sunderland Access Road, Portland, for which bids were taken at v} 
this meeting. He advised that all of the right of way is clear, except one | 
parcel between stations 4+65 and 7+65 with respect to which possession cannot as 
be given to the contractor prior to August 5, 1942, and a parcel between : 
stations 78+56 and 101+27.5 on which the United States Government has @ lease 
and which is being used in connection with the Army airbase at this location. 
With respect to such property, he advised that the Army engineers are endeavor- 
ing to secure the release of the portion that is needed for right of way al- 
though it appears that it is necessary to secure a special order from the Sec- 
retary of War in order to make the same available. This matter, he said, has 
been discussed with Lt. Colonel Kelly, who is in charge of the airbase, who 
advised that the taking of this small area will not interfere in any way with 
the airbase operations and, in his opinion, the highway work should proceed as 
planned, In view of this report, the Commission decided to award the contract 
for the improvement as soon as the financing of the same can be effected. 


The matter of performing certain maintenance work in Champoeg Park 
was reconsidered by the Commission. The Engineer advised that he contacted 
Mr. Omar Spencer, Chairman of the Provisional Park Board which has jurisdiction 
over this park, and ascertained that what they really want at this time is the 
mowing of grass and weeds so as to reduce as much as possible the fire hazard 
in the park, and that he told Mr. Spencer that the Highway Devartment would 
perform such service, which is estimated to cost $30 or $40, if the Provisional 
Park Board would reimburse the state for the cost involved. The Commission 
approved such arrangement. The State Parks Superintendent, who was present, 
expressed a reluctance to perform general maintenance operations in the park 
unless the Provisional Park Board would pay the expense, it being his under- 
standing that the Board's budget contains no amount for this purpose but is 
limited to the expense of a caretaker. He was instructed by the Commission to 
ascertain from Mr. Spencer just what the Provisional Perk Board desires in the 
way of general maintenance. He was authorized by the Commission to perform 
such work if a nominal expense is involved. 


Mr. Elmer Bankus, Brookings, was present in regard to the sale to the 
state of some 8,000 acres of timbered land situate adjacent to the Oregon Coast 
Highway north of Brookings. He advised that this property has been placed with 
him for liquidation and that he wants the state to have first refusal of the 
property before advertising it for general sale inasmuch as the property con- 
tains about twenty million feet of timber and in his estimation would make a 
valuable addition to the state park system. The property, he said, is situate 
on both sides of the Oregon Coast Highway, between Colgrove Butte and Brookings, 
a distance of about twelve miles; further, that he is in position to seil this 


Highway Engineer, and is dated July 17, 1942, upon which map or ex- 
hibit is reflected the above described parcel of land by showing the 
same shaded in red.* 


2. In the event there remains any physical connection be- 
tween any portion of said abandoned right of way or highway and the 
present highwey, and by reason of such physical connection traffic 
from the existing highway may enter or use the said abandoned right 
of way or highway to the possible damage or injury of such traffic 
by reason of any unsafe condition existing with respect to said old 
or abandoned road, then the State Highway Engineer is hereby author- 
ized and directed to erect such barricade or other safeguards as may 
be necessary to protect and safeguard traffic using and employing 
said newly located, constructed and dedicated section of said highway. 


3. That this resolution be entered in the minutes and rec- 
ords of the Commission and a certified copy thereof promptly delivered 
to the County Court of Clackamas County, together with a copy of said 
exhibit or map, for such action as said County Court may desire to 
teke with respect to the fragment of land to be abandoned, and should 
said abandoned section of the right of way of said Cascade Highway 
be further employed for public or private highway purposes such use 
shall be entirely under the control and supervision of the County 
Court of Clackamas County and beyond any responsibility or supervi- 
sion by the State Highway Commission. 


The Commission discussed the advisability of acquiring right of way 
needed for the revised location of the Oregon-Washington Highway between Milton 
and the Washington state line, in Umatilla County. The Engineer estimated that 
such right of way would cost about $20,000 and advised that the project is high 
on the Commission's priority list, having been promised at one time, and the 
probabilities are that it will be one of the first projects constructed when 
the war is over. He recommended approval of negotiations to provide the right 
of way now. The Commission approved the recommendation and authorized the 
Attorney to proceed with the securing of options, it being understood that the 
Commission would order the negotiations discontinued if future circumstances 
deem that advisable. 


The Engineer reported an inquiry from the Work Projects Administra- 
tion whether or not the State Highway Commission has use for the buildings 
that were erected at Camp Manning, Camp Wolf Creek and Camp McNamars on the 
Wolf Creek and Wilson River Highway WPA projects, such camps having been aban- 
doned by the Work Projects Administration. He advised that the Work Projects 
Administration has authority to transfer materials in these camps to other pub- 
lic agencies for use by such agencies or for wrecking and salvaging of materials. 


*Map filed Right of Way Abandonment and Retention File - 108. 
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"Seven Devils Chrome Mine Access Road Project west of Coquille, mt 
in Coos County. 5.99 miles grading and topping. Tru-Mix Concrete 
Company, Medford, submitted the low bid on this project, in the 
amount of $34,034.60. The only other bid submitted was that of the 
Coos Bay Dredging Company, Marshfield, in the amount of $54,887.75. 
The Commission refers all bids for this project to the Engineer 
with power to award the contract to the low bidder, when certain 
conditions have been satisfied. 


"Lower Bridge-Terrebonne Section of the Lower Bridge-Terre- bs 
bonne County Road, in Deschutes County. 6.5 miles oiling. The only f 
bid received on this project was that of Babler Brothers, Portland, : 
in the amount of $13,856.00. The Commission awards this contract to 
Babler Brothers, at their bid of $13,856.00. hi 


"South Mountain Mine Access Road Project on the I.0.N. Secondary he 
State Highway, in Malheur County. 18 miles surfacing. 0. C. Yocom, Be 
McMinnville, submitted the low bid on this project, in the amount of 
$38,730.00, and the second-low bid was that of A. H. Saxton & Son, 

Lebanon, in the amount of $51,270.00. There was one other bidder. 

The Commission refers all bids for this project to the Engineer with 
power to award the contract to the low bidder, when certain conditions 
have been satisfied. 


"Sunderland Avenue Access Road Project on N. E. Sunderland Avenue 
and N. E. Elrod Road near Portland, Multnomah County. 1.88 miles 
grading and paving. The only bid submitted on this project was that 
of Porter W. Yett, Portland, in the amount of $98,853.00. The Commis- 
sion refers this bid to the Engineer with power to award the contract 
to Porter W. Yett, when certain conditions have been satisfied. 


"Construct two pile trestle bridges on Sunderland Aveme at 
Portland, in Multnomah County. Lindstrom Brothers, Portland, sub- 
mitted the low bid on this project, in the amount of $11,645.00. 

The only other bid submitted was that of the Tower Sales & Erecting 
Company, Portland, in the amount of $11,960.00. The Commission refers 
all bids for this project to the Engineer with power to award the con- 
tract to the low bidder, when certain conditions have been satisfied. 


"Section "A" of the Monmouth-Benton County Line Section of the 
Pacific Highway West, in Polk County. 4.15 miles bituminous macadam 
surfacing. The only bid received for this project is that of E. C. 
Hall Company & J. C. Compton, Eugene and McMinnville, in the amount 
of $172,647.50. In considering bids received for this project, the 
Commission also considered the bid submitted on June 25, 1942, by 
Edlefsen-Weygandt Company, for the construction of this project, on 
the basis of concrete pavement. The Commission has decided to award 
the contract to E. C. Hall Company and J. C. Compton at their bid of 
$172,647.50. The bid of Edlefsen-Weygandt Company has accordingly 
been rejected. 
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property, including both land and timber, to the state at the rate of $0.50 per 
W-FBI if the state wants it. Furthermore, if the state doesn't want all of the 
property, he is authorized to sell as much of it as the state wants at the same 
price. 


The Engineer pointed out that the highway is not presently located 
on permanent alignment and suggested a reconnaissance survey along the proposed 
new location to ascertain just what portion of the timbered area offered by 
Mr. Bankus it would be desirable to acquire. It was his thought that a strip 
one-half mile wide on each side of the new highway location should be acquired 
if the Commission decides to accept Mr. Bankus's offer, and that the purchase 
should be made now as undoubtedly it would cost considerably more later on. 

In reply to an inquiry from Chairman Cabell, the Attorney advised that the 
price quoted by Mr. Bankus, in his estimation, is fair and reasonable and, if 
the Commission wants to buy the property, it would make no mistake in paying 
such amount. The matter was discussed at considerable length during which the 
Commission tentatively approved the purchase in principle but deferred a def- 
inite action until the next regular meeting. The Engineer was instructed in 
the meantime to have an inspection of the property made by the State Parks 
Superintendent, Mr. S. H. Boardman, and Locating Engineer J. F. Waller to as- 
certain just how much of the property it would be desirable to acquire from the 
state parks! standpoint. 


Mr. Frank J. Lonergan, Attorney, Portland, appeared before the Commis- 
sion in behalf of his client, Mr. Paul Gilbaugh, with respect to Mr. Gilbaugh's 
property adjacent to the Upper Columbia River Highway near Crown Point. Mr. 
Lonergan recalled that Mr. Gilbaugh sold to the state a portion of his prop- 
erty which was needed for right of way for the new highway location, but still 
owns 65 acres on the north side of the railroad which is isolated and is of 
practically no value because he has no outlet for the timber and the rock lo- 
cated thereon. Mr. Gilbaugh, he said, wants to market the timber and the only 
way for him to do this is to dump the logs into the river which he is uneble 
to do under present circumstances. He presented two propositions; first, allow 
the construction of an underpass under the highway which would give Mr. Gilbaugh 
access to the river, and, second, that the state purchase the balance of Mr. 
Gilbaugh's holdings. He recited other features of the state's transaction with 
Mr. Gilbaugh and urgently requested favorable action by the Commission on one 
of these propositions. Chairman Cabell remarked that the Commission was of the 
opinion that the controversy with Mr. Gilbaugh was consummated by the suit for 
right of way and there is a question in his mind whether the case should be re- 
opened. Notwithstanding the situation, he said, the Commission would give the 
matter further thought and will advise Mr. Lonergan definitely as soon as pos- 
sible. 


At 3:00 p. m. Chairman Cabell announced the awards of contracts end 
sale of tuildings,as follows, bids for which were taken by the Commission at 
the morning session, such awards and sales having previously been approved by 
the Commission by unanimous vote: 


$100. The Commission considers the bid of M. Jorgenson satisfac- 
tory and accordingly sells the building to him at his bid of $100.00. 


"Building No. 9518. Formerly owned by P. M. Ross. No bids 
were received for this building. 


"Building No. 9519. Formerly owned by J. H. McDonald. Mrs. 
Leo LaBranch, North Bend, submitted the high bid for this building, 
in the amount of $45.00, being her first choice. Guy A. Cutlip, 
Marshfield, submitted the second-high bid, in the amount of $42.50, 
being his second choice. There was one other bidder. The Commis- 
sion sells this building to Guy A. Cutlip, the second-high bidder, 
at his bid of $42.50, as Building No. 9524 was sold to lirs. LaBranch. 


"Building No. 9522. Formerly owned by J. Gildersheim. M. 
Jorgenson, Marshfield, submitted the only bid for this twilding, in 
the amount of $22.00. The Commission considers the bid of M. Jorgenson 
nano a and accordingly sells the building to him at his bid of 

2.00. 


"Building No. 9524. Formerly owned by Iva B. Butcher. Mrs. Leo 
LaBranch, North Bend, submitted the high bid for this building, in 
the amount of $45.00. George H. Bessey, North Bend, submitted the 
only other bid, in the amount of $41.00. The Commission considers 
the bid of Mrs. Leo LaBranch satisfactory and accordingly sells the 
building to her at her high bid of $45.00. 


"Building No. 9486-D. Formerly owned by Coos County. No bids 
were received for this building. 


"Building No. 9527. Formerly owned by J. E. Bergen. John D. 
Bergen, Marshfield, submitted the only bid for this building, in the 
amount of $1,275.00. The Commission considers the bid of John D. 
Bergen satisfactory and accordingly sells the building to him at his 
bid of $1,275.00. 


"Building No. 9528. Formerly owned by H- W. and Jessie Lee 
Clark. W. H. Eickworth, Empire, submitted the only bid for this 
building, in the amount of $24.00. The Commission considers the 
bid of W. H. Eickworth satisfactory and accordingly sells the build- 
ing to him at his bid of $24.00. 


"Building No. 9524-A. Formerly owned by Clyde and Iva Butcher. 
George H. Bessey, North Bend, submitted the only bid for this build- 
ing, in the amount of $21.00. The Commission considers the bid of 
George H. Bessey satisfactory and accordingly sells the building to 
him at his bid of $21.00. 


"Building No. 9530. Formerly owned by R. M. Hazelton. No bids 
were received for this building. 


"Section "B" of the Monmouth-Benton County Line Section of the 
Pacific Highway West, in Polk County. 2.52 miles grading and 4.93 
miles bituminous macadam surfacing. E. C. Hall Company, J. C. Compton 
and McNutt Brothers, Eugene and McMinnville, submitted the only bid 
for this project, in the amount of $229,153.00. The Commission refers 
this bid to the Engineer with power to award the contract when certain 
conditions have been satisfied. 


"Building No. 9491. Formerly owned by Coos Bay Longshoremen 
Beneficial Association. No bids were received for this building. 


"Building No. 9498. Formerly owned by Cora Swanson Coyle. 
School District #26-C, North Bend, submitted the high bid for this 
building, in the amount of $56.00. W.,H. Eickworth, Empire, submitted 
the second-high bid, in the amount of $51.00. There were two lower 
bidders. The Commission considers the bid of School District #26-C 
satisfactory, and accordingly sells the building to it at its high 
bid of $56.00. 


"Building No. 9501. Formerly omed by Ira L. Goodlin. W. H. 
Eickworth, Empire, submitted the high bid for this building, in the 
amount of $152.00. M. Jorgenson, Marshfield, submitted the only other 
bid, in the amount of $100.00. The Commission considers the bid of 
i W. H. Eickworth satisfactory and accordingly sells the building to 
: him at his high bid of $152.00. 


"Building No. 9560. Formerly omed by J. H. Tewsley. No bids 
were received for this building. 


"Building No. 9499. Formerly owed by John Sandine. No bids were 
received for this building. 


"Building No. 9493-A. Formerly owned by Independent Stevedoring 
Company. Mrs. A. T. Lee, North Bend, submitted the only bid for this 
building, in the amount of $32.00. The Commission considers the bid 
of Mrs. A. T. Lee satisfactory and accordingly sells the building to 
her at her bid of $32.00. 


"Building No. 9486-B. Formerly omed by Coos County. No bids 
were received for this building. 


"Building No. 9506. Formerly owned by John McNabb. Raymond Clair, 
Dellwood, submitted the only bid on this building, in the amount of 
$41.00, The Commission considers the bid of Raymond Clair satisfactory 
and accordingly sells the building to him at his bid of $41.00. 


"Building No. 9486-C. Formerly owned by Coos County. M.Jorgenson, 
Marshfield, submitted the only bid for this building, in the amount of 
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ur. Crawley, speaking in behalf of the railroad employees, urged 
the adoption of the order for all crossings. Senator F. M. Franciscovich, 
Astoria, who was present, questioned the advisability of adopting a blanket 
order covering all main-line crossings. He suggested that the order specify 
definite crossings and strict enforcement of the order by state police. In 
reply thereto, Ciairman Cabell advised that the Commission is now consider- 
ing some thirty-five crossings, and, if the Commission adopts this ruling, 
each of these crossings will be definitely specified in the order. He furth- 
er stated that, while the Highway Comaission has legal authority to make such 
a stop order, it does not have the authority to enforce it, that being the 
function of the Department of State Police. 


Mr. Farrens presented a list of main-line railroad tracks which, 
he said, the association deems should be covered by the order. The list was 
referred to the Engineer to compare with his list and to iron out any differ- 
ences with the railroad company, if such exist. 


Chairman Cabell concluded the conference by stating that the Commis- 
sion is not in position at this time to definitely pass on the matter but hopes 
to do so at this meeting. 


Following the departure of the group, the matter was reconsidered 
by the Commission at which time the Engineer recommended the adoption of stop 
orders for thirty-five crossings on the following main-line railroac tracks: 
Southern Pacific between Eugene and the California state line via Medford; 
Southern Pacific between Eugene and the California state line via the Natron 
Cutoff; Union Pacific between Portland and the Idaho state line via Messner, 
Hermiston, Pendleton and Nyssa; Union Pacific between Messner and Wailula, 
and between Umatilla and Hermiston; Great Northern and Oregon Trunk between 
Fall Bridge and Klamath Falls. He presented a list of crossings which, he 
said, is subject to change after consultation with the railroad officials and 
inspection on the ground. The Commission approved the list of main-line rail- 
roads and thirty-five crossings thereon, subject to the ironing out of any 
difficulties with the railroad company officials. The crossings include 
twelve which are now protected by wigwag signals. The following order with 
respect thereto was adopted and signed by the Commission: 
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BEFORE THE OREGON STATE HIGHWAY COMMISSION 
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) 
In the Matter cf the Petition of the Oregon ) 
Railroad Association for an order designating) 
particularly dangerous highway-railroad grade) 
crossings. ) 


Jo agony ott Ye shes Pe st) 


This matter came on to be heard on the twenty-third day of July, 
1942, on the petition of the Oregon Railroad Association for an order re- 
quiring all drivers of vehicles to come to a complete stop before crossing 
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"Building No. 9646. Formerly owned by A. M. Haley. No bids 
were received for this building. 


A delegation representing the Oregon Railroad Association and con- 
sisting of the following members was present and asked the Commission to adopt 
an order requiring all vehicles traveling on state highways to come to 4 full 
stop before crossing any main-line railroad track at grade: Roy Shields, 
Chairman, and Harold J. Turner, Secretary, of the Oregon Railroad Association; 
Paul Farrens, E. L. King and George Fair, representing the Southern Pacific 
Company; Charles A. Hart, representing the Northern Pacific Railway Company, 
Great Northern Reilway Company and Spokane, Portland and Seattle Railway Company; 
F. N. Finch, H. M. Turner and S. S. Murray, representing the Union Pacific Rail- 
way Company; and Messrs. Crawley and McKenna, representing the Employees Brother- 
hood, Mr, Shields was spokesman. He presented arguments in favor of this re- 
quest, particularly pointing out that train movements have increased tremen- 
dously since war was declared, that these movements are intermittent, and that 
the railroad companies are now doing more than twice as much business as they 
did in 1929 which was the year in which train movements reached its peak. He 
pointed out that the railroads are carrying vast quantities of war equipment 
that mist be moved without delay; furthermore, they are required to transport 
army personnel in large numbers and anything that can be done to expedite and 
to safeguard such movements would be particularly helpful in the carrying out 
of the war program. He referred to the Association's letter of July 3, 1942, 
(see letter in general files) directed to the members of the Highway Commission, 
in which the Commission was asked to take appropriate action, in conformity 
with their oral request, and declared that sentiment of the general public, as 
expressed by newspapers and by communications that have been received, is fav- 
orable to such action by the Commission. In support thereof, he presented 
photostatic prints of articles that have appeared in the press throughout the 
state, all of which endorse the proposal of the Railroad Association. He urged 
favorable consideration by the Commission in this matter. 


Chairman Cabell replied that the Commission has given this matter 
serious study and is favorably inclined toward the adoption of such an order 
which it has legal authority to do. He pointed out that there are two argu- 
ments which might be presented against the proposition, first is the argument 
of logging interests that, if heavy loads of logs are required to come to a 
complete stop before crossing a railroad track at grade, a more serious hazard 
than now exists would be created. These interests, he said, feel that the 
slowing down of the logging equipment to approximately 10 miles per hour would 
satisfactorily meet the situation. Mr. Shields stated that the argument ap- 
peared to him to be sound. 


Chairman Cabell then stated that the question has arisen whether or 
not the stop order should apply to crossings that are now protected by wigwag 
signals. Mr. Shields stated that they prefer that the order apply to all cross- 
ings regardless of whether or not they are protected by such signals, and in 
this connection referred to the 1941 report of the Public Utilities Commissioner 
in which it is stated that 23 per cent of the accidents that have occured at 
railroad crossings were at the crossings where wigwag signals had been installed. 
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Railroad 

Crossing Road Mile 
Number Number Post 
C-585.2 1 187.3 
C-580.2 1 192.3 
C-473.9 i » 2.5 
C-678.1 26 1.9 
C-735.14 140 33.97 
C-743 . 16 141 20 . 6 
C-756.7 160 1343 
C-718.52 163 0.2 
C-674.1 212 O.1 
CF-616.6 222 0.5 
C-648.2 223 13.2 
C-660.6 223 0.2 
C-457.1 271 0.0 
C-441.70 272 25.2 
CFP=446.8 427 12.0 
C-646.6 1 124.27 
C-718.60 163 0.1 


Highway 
Route 
Number 


US99 
US99 
US9Y 
US99 
ORE50 
ORE242 
ORE217 
ORE213 
ORE222 
ORE228 


ORE234 
ORE238 


US99 
ORE222 


Pighway 


Pacific 

Pacific 

Pacific 

Pacific 

Mount Hood 
Hillshoro-Silverton 
Beaverton-Aurora 
Cascade 

Silver Creek Falls 
Halsey-Sweet Home 
Springfield-Creswell 
Junction City-Eugene 
Junction City-Eugene 
Sams Valley 
Medford-Provolt 

Old Dalles-California 


Pacific 
Silver Creek Falls 


Location 


Oregon Ave., Creswell 
West of Sutherlin 


Near Wilbur, Douglas count; 


Sixth St., Grants Pass 

17th & Powell, Portiand 

Young St., Woodburn 

Main St., Aurora 

North of Oregon City 

12th & State, Salem 

Halsey 

East of Springfield 

Van Buren St., Eugene 

Sixth St., Junction City 

Fourth St., Gold Hill 

Main St., Medford 

At Modoc Point, Flamath 
County 

Broadway, Eugene 

12th & Court, Salem 


3. That the following highway crossings at grade of the tracks of 
the Union Pacific Railroad Company are hereby designated as particularly dan- 


gerous crossings, to wit: 


Railroad 

Crossing Road Mile 

Number Number Post 

2AC-189.7 6 197.6 

2H-12.49 8 11.67 
2H-16.4 8 15.66 
2H-28.5 8 26.63 
2H-36.23 8 31.34 
2A-342.71 13 45.55 
2A-215.23 28 1.06 
2AB-194.5 36 0.45 
2kAE-21.0 124 0.02 
2A-192,0 320 35.9 

2H-17.2 334 17.4 

2A-330.9 411 0.02 


ii ghway 
Route 
Number 


US30 

ORE11 
ORE11 
ORE11 


ORE11 
ORE7 
US395 


Highway 


The Old Oregon Trail 
Oregon-Washington 
Oregon-Washington 
Oregon-Washington 


Oregon-Washington 
Baker-Unity 
Pendleton-John Day 
Pendleton-Cold Springs 
Sundial 
Lexington-Echo 
Athena-Holdman 
Haines-Anthony 


Location 


Gladys St., Hermiston 

Adams 

South of Athena 

At Blue Mountain, 
Umatilla County 

Ward St., Milton 

Dewey Ave., Baker 

Emigrant St., Pendleton 

Cold Springs Landing 

Multnomah County 

Main St., Echo 

Main St., Athena 

Near Haines 


4e That the following highway crossings at grade of the tracks of 
the Great Northern Railroad Company are hereby designated as particularly dan- 
gerous, to wit: 


41159 


a railroad at grade; whereupon, the Commission heard oral argument by Roy F. 
Shields on behalf of the petitioner and also hgawioral argument by other per- 
sons present and interested, and upon due and careful consideration of said 
petition and all matters pertaining thereto finds: 


1. That because of the war and the emergency createa by the war 
the movement of persons and property by rail has, with respect to all of the 
railroads operating in the State of Oregon, been greatly increased, not only 
with respect to volume of tonnage and passengers, but likewise increased in 
number and length of trains operated. 


2. That a very large part of the tonnage moved and the passengers 
carried consists of military troops and war materials, including explosives. 


3. That because of troop movements and the large volume of war 
materials transported by rail and because of the fact that all transportation 
by rail is confined to single-track operation there are made necessary train 
schedules which must, so far as possible, be kept free from every possible 
hazard and interruption. 


4. That crossings of highway and railroad at grade, which under 
the mst favorable conditions possess potential hazards to both highway and 
railroad traffic, become and are far greater and more serious hazards when 
there is involved the movement of military forces and war materials, includ- 
ing explosives. 


5. That Section 115-349, 0.C.L.A., vests in the Commission author- 
ity with respect to state highways to designate railroad grade crossings which 
in the opinion of the Commission are particularly dangerous, and said section 
also vests in the Commission authority to erect and thereafter maintain at 
said crossings signs notifying drivers of vehicles to come to a complete stop 
before crossing any such railroad. 


6. That it is the judgment of this Commission that public interests 
will be served and public welfare promoted by the granting of said petition. 


NOW, THEREFORE, BE IT AND IT HEREBY IS ORDERED by this Commission 
as follows: 


1. That the petition of the Oregon Railroad Association be and the 
same hereby is granted, subject, however, to further action by this Commission 
when in the judgment of the Commission such further action is appropriate and 
proper. 


2. That the following highway crossings at grade of the tracks of 
the Southern Pacific Company hereby are designated as particularly dangerous 
crossings, to wit: 
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Messrs. Eugene Marsh, 0. C. Yocom and Fred Slate reappeared before 
the Commission in regard to the cancellation of Mr, Yocom's subcontract under 
Leonard & Slate for coiling the Boswell Ranch-Follett Ranch Section of the 
Wallowa Lake Highway, in Union County, contract No. 2483. Mr. Marsh advised 
that they have discussed this matter at considerable length since their ap- 
pearance before the Commission at the morning session and that Mr. Yocom is 
inclined to set up his plant on the job, which will cost him about $5,000, if 
the Highway Commission will reimburse him for the expense thereof if it is 
found that he cannot proceed with the work on account of the priority situa- 
tion. He was informed by Chairman Cabell that the Commission must keep its 
expenditures within the legal limitations and so far as advancing funds or 

out moneys, as now requested by Mr. Yocom, is concerned, that is some- 
thing that the Commission does not feel inclined to do at the present time. 
However, an allowance will be made to Mr. Yocom for materials furnished and 
placed in stock piles. Mr. Marsh stated that, in view of the Commission's 
action, they would give the matter further study, and would let the Comnis- 
sion know their decision within the next few days. 


The State Parks Superintendent, Mr. S. H. Boardman, was present and 
reported on the following park matters: 


Juniper wayside strips:-The. Parks Superintendent presented a 
form of agreement with the United States Department of Interior, 
providing for the preservation, on a yearly basis, of juniper way- 
sides along the McKenzie Highway between the towns of Sisters and 
Redmond and along the Ochoco Highway between Redmond and Prineville. 
The agreement was approved and signed by the Commission. 


Proposed park at Sutton Lake, Coos County:-The Parks Superin- 
tendent advised that the Dowell Estate owns a 60-acre tract situate 
just north of Sutton Lake, which parcel is about to be sold by the 
county court for delinquent taxes, and it has been suggested to him 
by the Honorable Earl Hill, Cushman, that this area might fit in 
nicely with the state parks' program. He advised that the tract ad- 
joins national forest property that has been developed by the U. S. 
Forest Service for recreational purposes and in his estimation there 
is no need for further recroational acquisitions by the state in 
this vicinity. In view of this report the Commission decided not 
to purchase the 60 acres. 


Proposed purchase of additional land at Cascadia:-The Parks 
Superintendent advised that the right-of-way department has for 
some time past endeavored to acquire 1.27 acres on the south side 
of the Santiam Highway at Cascadia so as to secure com wlete con- 
trol of the south border of Cascadia Park where it fronts on the 
highway, but the owner of the property, a Mr. Jacob Stocker, will 
not sell unless the state will purchase all of his holdings which 
consists of seven acres of land for which he is asking the sum of 
$1,200, so if the Commission wishes to obtain this land now it will 
have to resort to condemnation. The Commission decided to defer 
this acquisition for the duration of the present war emergency. 
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Railroad Highway 

Crossing Road Mile Route 

Number Number Post Number Highway Location 

104-28.3 4 168.6 vS97 The Dalles-California North of Lapine , Deschutes 
County 

10A-35.1 19 2.95 ORE31 Fremont Near Lapine,Klamath Gunty 

10B-0.3 420 2.00 -- Midland Near Klamath Falls 


5, That the following highway crossings at grade of the tracks of the 
Oregon Trunk Railroad Company hereby are designated as particularly dangerous, 
to wit: 


Railroad Highway 

Crossing Road Mile Route 

Number Number Post Number Highway location 
28T-134.6 41 0.25 US28 Ochoco E St., Redmond 
28T-131.8 370 0.33 -- O'Neil Prineville Junction, 


near Terrebonne 


6. That the Chief Engineer of the Oregon State Highway Commission 
hereby is directed to procure, place and thereafter maintain suitable and ap- 
propriate signs notifying drivers of vehicles on any of the above named high- 
ways to come to a complete stop before crossing any of the above named rail- 
road tracks at any of the above named railroad crossings. 


7, That said signs shall be constructed of suitable materials and 
shall be the usual conventional type of "stop" sign now in use on other high- 
ways for like purpose. 


8. This order shall be in full force and effect for the duration of 
the war unless sooner revoked by order of this Commission, and said order may 
from time to time be modified or amended as in the judgment of the Commission 
may seem appropriate and proper. 

9. This order shall be entered in the records of the Commission and a 
duly certified copy thereof delivered by the Secretary of the Commission to the 
following named persons and/or officials: Earl Snell, Secretary of State; Ormond 
R. Bean, Public Utilities Commissioner; Charles F. Pray, Superintendent of State 
Police; William H. Lynch, District Engineer, Public Roads Administration; Roy F. 
Shields, Chairman, Oregon Railroad Association; and Harold F. Turner, Secretary, 
Oregon Railroad Association; and the original shall be filed in the records of 
the Commission at Salem, Oregon. 


Dated this twenty-third day of July, 1922. 
OREGON STATE HIGHWAY COMMISSION 


ATTEST: 
(Sgd.) # lais) By_(Sgd.) Henry F. Cabell 
ed.) H. B. Glaisyer airman 
Secretary By > W 
Commissioner 
1 0 ry Commissioner 


funds to finance them. The matter was discussed by the Commission at consid- 
erable length and as a result thereof the Commission approved the preparation 
of plans for the following city projects and projects that are on the inter~ 
regional highway system: 


BRIDGE PROJECTS 
City Projects 
Front Avenue, Portland 
1. Barbur Boulevard Traffic Interchange 
Duniway Park Traffic Interchange 
West Approach to Steel Bridge 
East Approach to Steel Bridge 


Broadway Traffic Interchange 
Tacoma Street Traffic Interchange 


Inter-Regional Highways 
Columbia River Highway 
1. Portland-Cascade Locks 
(a) Union Pacific Undercrossing 
(b) Sandy River 


(c} Troutdale Overcrossing 
(d) Bridal Veil Overcrossing 


(e) Moffat Creek, iicCord Creck, Tanner Creek 
and minor structures 


Cascade Locks-Viento 
(a) itinor structures 
Viento-Hood River 


(a) Mitchell Point Tunnel 
(b) Minor structures 


Hood River-Mosier 

(a) Hood River Bridge and Overcrossing 
(b) Mosier Overcrossing 

(c) Mosier Creek 

(d) Minor structures 


Mosier-The Dalles 


(a) Minor structures 
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Acquisition of 0 & C lands, in Douglas and Jackson Counties :- 
The Parks Superintendent recalled his report at the previous meeting 
of the Commission to the effect that, because of adverse rulings by 
the United States General Land Office, the Highway Commission is un~ 
able to purchase outright certain 0 & C lands that are now being 
leased from the Federal Government for recreational purposes, and 
that the Commission at that time instructed him to contact the sev- 
eral county courts and ascertain whether or not the counties would 
be willing to acquire the 0 & C lands for exchange of county lands, 
which is an approved procedure, and to then sell the 0 & C lands to 
the state. In conformity with such instructions, he said that he 
has contacted the County Courts of Douglas and Jackson Counties, and 
both courts have signified a willingness to cooperate with the Com- 
mission in that regard and have agreed to commence negotiations with 
the 0 & C Administration at once on the proposed exchange. The Com- 
mission approved the report; however, instructed the Parks Superin- 
tendent to ascertain from both courts just how much they will expect 
the state to pay for the properties before they consummate their 
negotiations with the 0 & C Administration. 


Temporary closing of Ecola State Park:- The Parks Superintend- 
ent suggested that it might be advisable to temporarily prohibit the 
use of Ecola Park by the general public as a protection against fire, 
particularly as a srecaution against sabotage. The Commission took 
the attitude that all state parks have been purchased for general 
public use and enjoyment and that such use of these areas should not 
be prohibited unless the Army authorities request such action as a 
defense measure, and it was so ordered. 


The Attorney reported briefly that, in conformity with instructions 
received from the Commission at the previous meeting, he again ordered Mr. 
John H. Shively and several other parties to remove their residence buildings 
from state property adjacent to the Wolf Creek Highway near Humbug Creek, and 
that recent inspection of the premises reveals that all of the buildings either 
have been removed or are now in the process of being removed, which indicates 
full compliance with the Commission's ruling. The Commission approved the re- 
port. 


The Engineer brought up for discussion the matter of preparation of 
designs for projects that are contemplated for post-war construction. He re- 
called that the Commission, at the previous meeting, authorized certain loca- 
tion surveys but did not authorize him to prepare plans. It was his thought 
that the preparation of the plans for the road and bridge projects should be 
gotten underway in the near future so as to avoid unnecessary delays on that 
account when the Commission is ready to contract the work, and in order to 
keep the engineering force busy. Ye submitted a list of projects, including 
city projects, projects on interregional highways ard on the strategic highway 
network, (see list in letter dated July 10, 1942, from G. S. Paxson, Bridge 
Engineer, to C. B. McCullough, Assistant Chief Engineer) and asked the Commis- 
sion to approve preparation of designs for the same and submission of the pro j- 
eects to the Public Roads Administration for approval in the securing of federal 
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pole line along the westerly side of the Oregon Coast Highway between Fishers 
Point and Brighton, a portion of which was installed beyond the limits speci- 
fied in its permit from the State Highway Commission. The Engineer recalled 
that, in conformity with the Commission's instructions, the company was or- 
dered to remove the unauthorized poles and to arrange for the joint use of 

the Mountain States Power Company's poles on the easterly side of tir highway, 
or to re-establish its pole line in some other location that would not inter- 
fere with the scenic views on the westerly side of the highway. However, the 
order has not been complied with, and it now appears from information recently 
obtained that the company cannot comply with the order at the present time be- 
cause the War Production Board's regulation will not permit the company to 
secure the required materials and the com any couldn't pay for the materials 
even if it could get them. The company, he said, is now serving one or two 
airplane observation posts in the Brighton District which requires continuous 
service so it appears necessary to let the company operate on the westerly 
side of the highway until the present war emergency is over. The Commission 
approved such arrangement and instructed the Secretary to so inform the com 
pany. 


The matter of salvaging of materials from an abandoned railroad 
pile trestle adjacent to the Wolf Creek Highway was discussed by the Commis- 
sion. The Engineer advised that, as instructed by the Commission at the pre- 
vious meeting, he had an investigation made of this material with the idea 
that it might be used to good advantage in connection with highway mainten- 
ance work and, according to reports from the Bridge Engineer and the Mainten- 
ance Engineer, the material is of no value to the state for such purpose; in 
fact, the cost of dismantling the structure would be considerably more than 
its value as salvage. He recommended, in view of the circumstances, that the 
material be sold. The Commission a>proved the recommendation and ordered that 
the sale of the material be advertised for bids to be received at the next 
meeting of the Commission. 


The Engineer reported that the County Court of Linn County has been 
contacted relative to the improvement of the Richardson Gap county road near 
Scio to facilitate log-hauling traffic, and that it is agreeable with the 
county court that the state assume responsibility for such improvement pro- 
vided the secondary highway is not rerouted so as to bypass the town of Scio, 
and provided further that the state will continue the maintenance of the pres- 
ent highway through Scio. He further advised that the Roaring River Logging 
Company, which is interested in this improvement, has agreed to assume a por- 
tion of the expense of maintaining the present highway route if the Commis- 
sion will improve the Richardson Gap Road, and as evidence thereof has sub- 
mitted its certified check in the amount of $3,°00 to cover such expense. lie 
recommended approval of the arrangement with the county court and with the 
Roaring River Logging Company. The Commission approved the recommendation 
and thereupon authorized the Engineer to advertise the Richardson Gap Road 
project for bids to be received at the next meeting. The Commission also 
signed an agreement with Linn County Court covering the matter, 


The Commission discussed the Engineer's report on the proposed 
widening of a curve on the Oregon Coast Highway south of Gold Beach, 


du, 23 1942 


BRIDGE PROJUCTS ( Cont.) 


Inter-Regional !igh-aj Cont. 


Pacific Highway 
1. Jefferson Line Change 


(a) Santiam River 
(b) Southern Pacific Overcrossing 


2. Walker-Rice Hill 


(a) liorth bridge over Coast Fork 
(ob) South bridge over Coast Fork 


3. Green Station-Canyonville 
(a) Umpqua River 
HIGHWAY PROJECTS 


City Projects 
Pro ject Mileage 
West Portland-West Slope 5 
Jefferson Street Tunnel 1 
Front St., Steel Bridge-Fremont 5ridge 2 
Tacoma Avenue Traffic Interchange 2 

Inter-Regional Highways 

Columbia River Highway , 
Cascade Locks-Viento 12 
Viento-Hood River 8 
Mosier-The Dalles 17 
Arlington-Boardman 26 
Pacific Highway 
Walker-Rice Hill 28 
Green Station-Canyonville 25 


Estimated 


Cost 


$28,000 
25,000 


The Engineer was thereupon authorized to present such projects to the Public 
Roads Administration for approval with request for federal funds with which 


to finance them. 


Reconsideration was given by the Commission to the matter of per- 


mitting the Nehalem Telephone and Telegraph Company to maintain its existing 


=—— 
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A letter was presented from Charles H. Reynolds, President of the 
Oregon Trail Association, in which the Commission is urged not to relieve 
contractors Leonard & Slate from their contract to complete, this year, the 
reconstruction of the Wallowa Lake Highway between Elgin and linam, as they 
have requested, because the additional work is needed in order to provide a 
passable road this coming winter. Mr. Reynolds also inquired as to the 
status of location surveys that have been authorized for various contemplated 
improvements along the Columbia River Hignway and the Old Oregon Trail through- 
out eastern Oregon. The Comnission avproved the Engineer's reply to this conm- 
munication in which he advised that he is recommending to the Commission that 
Leonard & Slate be not relieved of their obligation; also, in which he states 
that efforts are being made to secure federal funds to finance surveys for 
post-war projects, that the survey between Hood River and Mosier is finished 
and that a start has been made on the survey between Cascade Locks and Hood 
River. 


The Engineer brought up for discussion a letter from kr. Jerrold 
Owen, Coordinator of the Oregon State Defense Council, relative to the estab- 
lishment of dim-out zones along the Oregon Coast line, and particularly re- 
questing the erection of appropriate signs along the highways in this vicinity 
where headlights of vehicles traveling at night are visible from off-shore. 
The Engineer advised that the Oregon Coast Highway and the principal side 
roads have been logged by Mr. W. 0. Widdows, Assistant Maintenance Engineer, 
in company with Army officers, and an agreement has been reached with respect 
to the sections where the dimming of automobile lights should be made effec- 
tive. He exhibited a map showing the proposed dim-out sections and a blue- 
print drawing of the types of signs that it is proposed to use. He requested 
instructions from the Commission whether or not to proceed with the erection 
of the signs. The question arose under whose authority the dim-out zones 
were ordered, it being the thought of the Commission that a request for the 
establishment of such zones should come from cither the Amy or the Navy 
authorities before definite action is taken with respect thereto. Accordingly, 
the Commission's decision was deferred pending consultation with iir. Owen, 
who was thereupon requested to appear before the Commission later in the 
session. (See ahead for further action. ) 


A letter was presented from the Honorable Leslie M. Scott, State 
Treasurer, advising receipt of information from the Nationa] City Bank of 
New York, fiscal agency of the State of Oregon, that on and after July l, 
1943, it will act as the state's agent in the handling of bonds and bond 
{nterest coupons only if compensated at the rate of four cents for each 
coupon paid and one-twentieth of one per cent of the par value of each bond 
paid. Mr. Scott suggests that the Commission include in its budget for the 
biennium beginning July 1, 1943, an amount to take care of these contemplated 
charges. The Commission approved the suggestion and so ordered. 


The Engineer requested authority to revise the 1941 federal aid 
grace crossing program by eliminating therefrom an item of $150,000 original- 
ly provided for the proposed overcrossing structure at Troutdale, and reallo- 
cating such funds to the Eugene grade separation project, which would release 
a like amount of state funds now allocated to that project. It was his thought 
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improvement has been re- 2 
as a traffic safety meas- . 
$3,600 to construct 4 road- 
dertake this improvement 
funds for other purposes. 


particularly a 72° curve at milepost 357.36, which 
quested by lir. Collier 4. Buffington of Gold Beach, 
ure. The report indicates that it will cost about 
bed 2€ feet wide. The Commission decided not to un 
at the present time in view of the need of the 
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ter of constructing 4 sidewalk on the Rogue River Bridge on 


s discussed by the Comnission. The Engi- 
filed with the Lumber Branch of the War 
hase material needed to build this 


The mat 
the Pacific Highway at Gold Hill wa 
neer reoorted that application was 
Production Board for permission to pure 
sidewalk but the application was denied, so it appears necessary to defer the 
work until the present emergency is over. The Comaission approved the report; 
however, instructed the Engineer to build this sidewalk just as soon as he is 


able to obtain the materials. 


Ee 


A letter was presented from the City of Central Point requesting an ' 
additional expenditure for the improvement of Pine Street in Central Point be- 
tween its junction with the Pacific Highway and the city limits. The city al- 
leges that this street is being badly damaged by heavy hauling in connection 
with Camp White Cantonment construction, and advises that the city is financial- 
ly unable to assume the cost of repairs, hence its reouest for state aid. The 
Engineer advised that investigations reveal that it will cost about 917,000 to it 
put the street in first-class condition, although for a comparatively nominal 
sun it could be restored to as good condition as it was before construction of 
the cantonment was commenced. The Commission denied the request for a major 6 
improvement; however, authorized a nominal expenditure for repairs. 


The Commission discussed a complaint from Lois HM. Muzzy, Acting 
Postmaster, Cloverdale, relative to the condition of the Little Nestucca Sec- 
ondary Highway between what is known as Nufer's Corner and Mrs. Clem Hurliman's 
place. Mrs. lfuzzy alleges that the road is being severely damaged by logging ; 
trucks, and requests repairs and certain widening work to provide longer sight 
distance at curve points as a traffic safety measure. The Engineer advised 
that to improve the road as requested, would require the reconstruction of a i 
two-mile section extending easterly from the Little Nestucca River Bridge, 4 
such being estimated to cost about $200,000. He recommended indefinite defer- 
ment of the project unless the improvement is needed in connection with the 
war effort and request for the same is made by the Army authorities. The Com- 


mission approved the recommendation. ; 
k 


The Engineer requested authority to increase the yardage of rock to 
be furnished by contractor A. S. Wallace, under contract No. 2520 for the Pendle- 
ton-Meacham Rock Production Project, from 9 »300 cubic yards to 13,000 cubic 
yards, He explained that the additional materials are needed at the Meacham 
end of the project and, unless an arrangement can be made with Mr. Wallace to 
furnish the materials at this time, it probably will be difficult to secure 
them at some future date, because contractors are not particularly interested 
én such small jobs. He advised that the extra material would be paid for at 
the unit prices contained in Mr. Wallace's original contract. The Commission é 


approved the request. 
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Buildings Nos. 9491, 9498, 9501, 9560, 9499, 9493-A, 9486-B, 
9506, 9486-C, 9518, 9519 (frame house only), 9522, 9524, 9486-D, 
9528, 9524-A, 9530, 9646, and 9534, were ordered readvertised, 


The Commission confirmed the awards and sales, as presented. 


The Engineer requested authority to purchase two truck loaders from 
the Willamette Hyster Company at an estimated cost of $760, and authority to 
investigate the possibility of purchasing from the Federal Government thirty 
two-ton dump trucks at approximately #1,100 each, it appearing from informa- 
tion received from the American Road Builders Association that such equipment 
may be made available for distribution to state, county and municipal agencies. 
The Commission approved the purchase of the loaders and also authorized the 
Engineer to file an application for the trucks after first consulting the 
State Purchasing Agent. 


The Attorney brought up for discussion the question of rental to be 
charged Mr. H. J. Williams, a highway department employee, for use of one of 
the residence buildings owned by the Highway Department in Pendleton. He ad- 
vised that up to now Mr. Williams has been charged $20.00 per month; however, 
upon recommendation of the Commission's agent in Pendleton, the rental was 
recently raised to $25.00 per month; also, that Mr. Williams objects to the 
inereased rate because he alleges it does not comply with the new Federal 
Rent-Freezing Act which freezes rentals as of the amounts charged on March l, 
1942. The Attorney recommended that Mr. Williams be required to pay $25.00 
per month if he desires to continue occupancy of the building, which amount, 
in his estimation, is at least $10.00 under what the building should really 
rent for. The Commission approved the recommendation. 


The Commission discussed the application of the United Railway Com- 
pany for a permanent easement to maintain its railroad tracks on the right of 
way of the Lower Columbia River Highway (St. Helens Road). The company alleg- 
es that the existing tracks were installed originally as a part of the main 
line of the United Railway Company pursuant to a franchise granted by Multno- 
mah County when this road was outside of the Portland city limits, and ex- 
plains that the instant request is made because its franchise expired on Aug- 
ust 20, 1940, and the company has need for the continuance of the track in 
its present location, The Engincer advised that the section of highway cov- 
ered by this request is between the Montgomery Ward plant and the oil tank farm 
which section was a county road at the time the company secured its franchise. 
He gave as his opinion that this district, at some future time, will become 
Portland's great industrial area, in which event the entire highway right of 
way Will be needed to handle the traffic that the industries will generate. 

He recommended, in view thereof, that the company be not granted a permanent 
easement to occupy the right of way but that it be allowed to maintain and 

use its facilities along this road for the duration of the war, after which 
time the tracks are to be removed. The Commission approved the recommendation. 


A letter was presented from Mr. Nic W. Monte, Regional Grazier of 
the United States Department of Interior, Grazing Service, in which the Com- 
mission was requested to authorize highway department forces to burn dry 


/ 
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that such transfer of funds is advisable in view of the fact that it appears 
improbable that the Troutdale overcrossing project can be constructed until 
the present war emergency is over. The Commission approved the request and 
authorized the submission of such change to the Public Roads Administration } 
for confirmation. | 


The Engineer reported the award of the following contracts and sale 
of buildings, as previously authorized by the Commission, the conditions of 
the awards having been satisfied: 


Helmick Undercrossing on the Monmouth-Suver Section of the Pa- 
cific Highway West, Polk County. Bids taken June 4, contract awarded 
June 26, 1942, to Averill & Corbin, low bidders. 


Widen three bridges on Suver-Lewisburg Section of Pacific High- 
way West, Polk County. Bids taken June 4, contract awarded June 26, ‘ 
1942, to J. F. Johnston, low bidder. 


Construct two pile trestle bridges on Monmouth-Suver Section of 
the Pacific Highway West, Polk County. Bids taken June 4, contract 
awarded June 26, 1942, to J. F. Johnston, low bidder. 


Grading of North Unit, Monmouth-Benton County Line Section of the ; 
Pacific Highway West, Polk County. Bids taken June 4, contract awarded & 
June 26, 1942, to E. C. Yall Company and J. C. Compton, low bidders. 


Grading, surfacing and bituminous macadam on the Goshen-Pleasant 
Hill Section of the Willamette Highway, Lane County. Bids taken June 
4, contract awarded July 1, 1942, to C. J. Eldon, low bidder. 


Construction of a bridge over the Coast Fork Willamette River 4 
and three pile trestle bridges on the Yoshen-Pleasant Hill Section i: 
of the Willamette Highway, Lane County. Bids taken June 4, contract 
awarded July 1, 1942, to Tom Lillebo, low bidder. 


Sale of buildings in North Bend:-The following disposition, up- 
on recommendation of the Engineer, was made of the buildings for 
which bids were received June 25, 1942: 


Building No. 9559, sold at private sale to Edwin E, Sprague 
for 3100.00 
Building No. 9486-A, sold to J. J. Borcher for $50,00. 
Building No. 9510, sold to Margaret Flock for $25.00. 
Building No. 9513, sold to Mrs. Ada Hartley Lee for $135.00. 
Building No. 9516, sold to Atwell T. Andrews for ¥20.00. 
Building No. 9519 (auto court cabins only) sold to Jack McDonald 
for 176.50. 
Building No. 9519 (garage only) sold to W. H. Kennedy for $44.00. 
Building No. 9520, sold to H. D. Harris for $100.00. 
Building No. 9529, sold to Kittel Ness for $65.00. 
Building No. 9532, sold to Kittel Ness for $160.00 
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scales, but questioned whether or not the adoption of an order would secure 
the desired results, inasmuch as neither the Commission nor the weighmasters 
have any legal way to force the truck drivers to come to the scales. The En- 
gineer was instructed to bring such information to the attention of Mr. Mont- 
gomery. ‘ 


The Commission discussed a letter from the E. K. Wood Lumber Company, 
Reedsport, directed to Mr. Earl Snell, Secretary of State, in which the company 
requests modification of the penalty imposed on log haulers for overloading 
their trucks. The Commission refused to modify its present rulings because it 
felt that the limit has been reached in the granting of concessions to opera- 
tors in this service. The Engineer was instructed to prepare a "stock" letter 
for use in replying to such communications, for Chairman Cabell's approval. 


A letter was presented from Mrs. Elizabeth Salway Ryan, Oswego, re- 
questing the designation of a highway route leading from Portland to Champoeg 
Park, and the naming and signing of such route as the "Champoeg Highway", in 
order to facilitate travel to the park by motorists who are unfamiliar with 
roadway connections. In the discussion of this matter it was brought out that 
the highways leading to Champoeg Park are not all state highways; hence the 
Highway Commission does not have full jurisdiction; also, that the present 
policy of the State Highway Commission is to follow the recommendations of 
the Public Roads Administration and the American Association of State Highway 
Officials with respect to highway designations, which is to designate high- 
ways by number rather than by nama. The Secretary was instructed to convey 
such information to Mrs. Ryan. 


The Commission discussed a request from Mr. W. L. Arant, Forest 
Grove, for permission to maintain a number of beehives on state-owned land 
adjacent to the Wolf Creek Highway about four miles west of Sunset Camp. The 
request was denied by the Commission as a matter of policy. 


The Commission also discussed a letter from the Honorable F. C. Mc- 
Kenzie, Mayor, Hermiston, relative to the oiling of certain city streets in 
Hermiston that are not on state highway routes, for which work the Commission 
has budgeted the sum of $554 for this year's expenditure. Mr. McKenzie points 
out that the city is now constructing a new water system which necessitates 
the opening up of the streets which the state intends to improve and asks the 
Commission to pay over to the city the $554 that the state contemolated spend- 
ing in this town so they can arrange for the oiling work to be done by the 
city's contractor when the water system has been completed. The Commission 
denied the request, it being contrary to the Commission's policy to advance 
funds in such manner and there being a question whether or not the Commission 
has legal authority to do so. The Secretary was instructed to convey such 
information to Mayor McKenzie and to assure him that the state would do the 
oiling work this year after the city's water system has been completed if it 
is not then too late in the season. 


The Engineer brought up for discussion the matter of filing with 
the Selective Service Board requests for the deferment from the draft of cer- 
tain State Highway Department employees whose loss would seriously cripple or 
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grass adjacent to certain state highways in Eastern Oregon as an accommodation 
to the Grazing Service so as to minimize the possibility of fire being started 
by cigarette stubs carelessly- thrown by motorists. The Engineer advised that 
it is becoming more and more difficult to secure men to work on maintenance 
crews and in many instances the crews are working short-handed, so it does not 
seem advisable or possible to comply with Mr. Monte's request in its entirety. 
He gave as his thought, however, that the highway department should cooperate 
with the Grazing Service in so far as is possible under the circumstances, So 
long as it does not interfere with the regular duties of the crews and if the 
Grazing Service will relieve the state from any liability for damage that 
might occur to adjacent private property. He recommended cooperation with the 
Grazing Service on such basis. The Commission approved the recommendation. 


Reconsideration was given by the Commission to the suggestion of- 
fered at the previous meeting by ir. Phil Berthiaume, of the California West- 
ern States Life Insurance Company, that the Commission authorize the company 
to extend its coverage to include highway department employees who work part 
time on the hourly basis and part time on the monthly-salaried basis, so as 
to avoid confusion in the auditing office. It was Nr. Berthiaume's suggestion 
that the confusion could be remedied by extending the coverage to include all 
maintenance and shop men. The Engineer advised that the matter has already 
been corrected by authorizing the auditing department to make deductions from 
the pay rolls during the period that the hourly-paid men are working on the 
monthly-salaried basis. The Commission approved such procedure, 


, Ve SOS 


In this connection the question arose whether or not to extend the 
group life insurance privileges to all employees who are paid on the monthly- 
salaried basis. Commissioner Clough gave as his opinion that monthly-salaried 
employees in the lower brackets should havé the benefit of such insurance if 
they so desire. Chairman Cabell concurred and it was thereupon decided that 
all employees who receive salaries not in excess of $200 perm month should be 
given the benefits of such insurance if they want it. 


— 


The Commission discussed an offer from Mr. P, A. Peterman of the 
Peterman Manufacturing Company, Portland, to purchase a lj-yard No. 75 Lorain 
gas shovel which the highway department has stored at Garibaldi. The Commis- 
sion decided that it was to the state's advantage not to sell the shovel. The 
Secretary was instructed to convey such information to Mr. Peterman and to in- 
form him that the Commission would be pleased to consider his offer to rent 
the shovel if he wishes to use it on such basis. 


A letter from Mr. Richard G. Montgomery, State Director, Office of 
Price Administration, was presented, in which the suggestion was made that it 
would be helpful to the Office of Price Administration in the carrying on of 
its activities if the Highway Commission would authorize its weighmasters to 
weigh gravel trucks that are being operated in connection with army canton- 
nent work. It appears from the information given that the operators of such 
trucks are taking undue advantage of operating leniercics and are overloading 
their equipment, and as a result there is an unnecessary waste of truck tires. 
The Commission indicated a desire to cooperate with the Office of Price Adiin- q 
istration in the matter, provided the gravel trucks pass highway department 
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WHEREAS, the State Highwey Commission hes been requested 
by said State Defense Council to place end maintain along approxi- 
mately 150 miles of the Oregon Coast Highway, being Federal Highwey 
No. 101, certain warning or directional signs, which signs are to 
be pleced at or in areas where lights are restricted and otherwise 
reguleted. The purpose of said signs is to caution end advise mo- 
torists to dim their lights and reduce their speed when entering 
and while passing through dim-out zones; and 


WHEREAS, in further effort to cooperate with and aid the 
United States military forces and the State Defense Council in all 
war and defense activities, it is the judgment of this Commission 
that the furnishing, placing and maintaining of necessary and ap- 
propriate warning and informational signs should be done by the 
State Highway Commission. 


NOW, THEREFORE, Bi IT AND IT HEREBY IS RESOLVED by the 
Oregon State Highvey Commission, as follows: 


1. That the Chief Engineer be and he hereby is instructed 
to provide, place and/or erect and thereafter maintain at appro- 
priate places in all light restriction zones along the Oregon Coast 
Highway such werning, informational and directional signs as mey be 
ordered by the United States War Department, ana such additional 
signs as may be deemed necessary by the State Highway Commission. 


2. That such signs shall be constructed of wood or other 
suitable material as may be ordered by the United States War Depart- 
ment and shall disclose to motorists the location on the highway 
where the restricted zone begins and ends, and such other informa- 
tion as may be necessary to the efficient carrying out of the pur- 
poses of the above-mentioned regulations in reference to automobile 
lights. 


3. Such signs shall be maintained for the duration of the 
war or until their discontinuance is recommended or ordered by proper 
authorities, including the Oregon Stete Highway Commission. 


4. That the Commission is without authority to specify 
the manner or method to be employed in effecting e proper and adequate 
dim-out of motor vehicle lights and is likewise without euthority to 
compel compliance with the orders of the United States militery forces 
or of the State Defense Council, and, therefore, all of saia matters 
are left, so far as the Highway Commission is concerned, with the 
United States military forces and the State Defense Council. 


5. This resolution shall be entered in the minutes and 
records of the Commission as of July 23, 1942, and the Secretary is 
instructed to deliver by mail a duly certified copy thereof to Mr. 
Jerrold Owen, Coordinator of the Oregon State Defense Council, a 
like copy to Lieutenant General John L. Dei.itt, Commanding General 
of the kestern Defense Command and Fourth Army, and a like covy to 


the Secretary of State. a a2 


441%: 


impede the activities of the organization. He reported the result of a confer- 
ence with Colonel Elmer V. Wooten, State Director of Selective Service, stating 
that during such conference Colonel Wooten suggested that the Highway Commission 
file requests for exemption in the case of each or any employee whose loss would 
seriously cripple or impede the activities of the Department. After consider- 
able discussion the Commission approved this policy and instructed its Chairman 
to request deferment in the case of those employees certified by the Chief Engi- 
neer to be necessary or indispensable. 


ee 


The Engineer reported thet the United States Army had requested the 
Department to cooperate in the plans which were being made against a possible 
invasion by installing et certain bridges and at other points on certain high- 
ways located in the coastal ares suitable receptacles for the placement of 
explosives end suitable ladders and runways leading thereto. He reported that 
in addition to the points selected on the stete highway system it would also be 
necessary to perform similar work on certain railwey structures designated by 
the United States Army. He recommended that the cooperation requested by the 
army officiels be granted in view of the fact that en efficient and effective 
defense of this area might well operate to avoid millions of dollars' worth of 
destruction to the highway system of the state. After due consideration the 
Commission unanimously approved the recommendation of the Engineer and instructed 
him to proceed with such work as had been ordered by the United States Army offi- 
cials and to do and perform all other acts and things necessary in connection 
with this phase of the defense effort. In reference to the work contemplated on & 
railway structures he was authorized to proceed with this work provided permis- 
sion to do the same was secured from the railway officials. 


Mr. Jerrold Owen, Coordinator, Oregon State Defense Council, was 
present and discussed with the Commission the matter of establishing dim-out 
zones along the Oregon coast line. Chairman Cabell explained that the Commis- 
sion has previously discussed this matter at this meeting and tentatively ap- 
proved the establishment of such zones and the signing of the same but decided, 
before taking definite action, that it should have some evidence to show the 
Commission's authority to make the dim-out order so as to obviate any question- 
ing by the general public. Mr. Owen advised that requests for the establish- 
ment of dim-out zones were made by Vice Admirel C. S. Freeman, Commander of 
the Northwest Sea Frontier, in a wire to Governor Sprague, in which wire 
Admiral Freeman states that conditions along the caast line are such as to 
deem it advisable to establish such zones and asked the Governor to provide 
them through the office of the Oregon State Defense Council. The Office of 
Civilian Defense, he said, contemplates adopting regulations with respect 
thereto in conformity with the desires of the Army and Navy authorities. 
Chairman Cabell thanked Mr. Owen for the information and the Commission there- 
upon approved the locations submitted by the Engineer and authorized the Engi- 
neer to post the zones in conformity therewith. The following resolution in 
regard thereto wes adopted by the Commission by unanimous vote: 


WHEREAS, in response to and in compliance with Public Proc- 
lamation No. 10, issued August 5, 1942, by Lieutenant General John L. 
DeWitt, Commanding General of the hestern Defense Command and Fourth 
Army, the Oregon State Defense Council has established regulations gov- a 
erning vehicular lights on those portions of the Oregon Coast Highway 
7, 23 where puch lights may be visible from the sea; and 
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The Commission had under discussion the following request for exten- 
sions of time within which to complete highway construction projects: 


Porter W. Yett, contract No. 2493, for grading and paving the 
Warrenton-Skipanon Section of the Fort Stevens County Road, in Clat- 
sep County, requested an extension of time, from September 30 to 
November 15, 1941, within which to complete this project. He attri- 
buted his failure to complete the work within the specified time 
limit to excessive wet weather conditions and difficulties in secur- 
ing sand, gravel and crushed rock materials. The Engineer advised 
that the reasons given by the contractor for failure to complete 
the contract within the specified time are correct. He recommended, 
in view thereof, that the extension of time requested be granted 
without penalty. He pointed out, however, that the Public Roads Ad- 
ministration has not as yet concurred in the recommendation. The 
Commission approved the recommendation unanimously, subject to the 
condition that the Public Roads Administration concurs. (Letter of 
approval received from Public Roads Administration on July 30, 1942.) 


Rogers Construction Company, contract No. 2496, for grading 
and surfacing the Warner Summit-liud Creek Section of the Warner Sec- 
ondary Highway, in Lake County, requested an extension of time, from 
November 15, 1941, to July 31, 1942, within which to complete this 
oroject. It attributed its failure to complete the project within 
the specified time limit to adverse weather conditions and diffi- 
culties in performing excavation work during heavy rains. The Engi- 
neer advised that the reasons given by the contractor for overrun 
of time limit are correct. He added that the contractor also ex- 
perienced considerable difficulty in obtaining labor and equipment 
repairs. We recommended, in view of the circumstances, that the ex- 
tension of time requested be granted without penalty. The Comnis- 
sion approved the recommendation. 


C. J. Eldon, contract No. 2497, for construction of a bridge 
over Millport Slough near Kernville on the Oregon Coast Highway, in 
Lincoln County, requested an extension of time, from February 28 to 
July 8, 1942, within which to complete this job. He stated that it 
was not possible to comzlete the project within the specified time 
because of inclement weather which necessitated postponement of the 
final painting of the handrail. The Engineer advised that the rea- 
son given by the contractor for failure to complete the project 
within the specified time is correct and that it was on his order 
that the painting work was postponed until suitable weather ob- 
tained this spring. He recommended, in view of the circumstances, 
that the extension of time requested be granted without penalty. 
The Commission approved the recommendation. 


Norris Brothers, contract No. 2515, for grading and topping 
the West Unit of the Sherars Grade Section of the Sherars Bridge 
Secondary Highway, in Sherman County, requested an extension of 
time, from April 30 to June 5, 1942, within which to complete this 
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The Engineer requested authority to complete the survey for the per- 
manent location of the Pacific Highway West, U.S.99W, through Camp Adair Can- 
tonment, in Benton County, about five miles in length, and to finance the same f 
with state funds, The Commission approved the request. 


In this connection the Engineer advised receipt of information to 
the effect that the Amy authorities want this highway closed through the can- 
tonment for the duration of the war, although no formal request for such proced- 
ure has as yet been filed. It was the opinion of the Commission that the road 
should not be closed to general public use unless the army authorities force 
the closure of the same and will provide the necessary funds to finance the 
construction of a substitute route. ° 


Se etd oa neni ae 


The Engineer presented a list of surveys that he has ordered since 
the last meeting of the Commission and asked the Commission to confirm them 
and the amounts allocated for each. After due consideration the Commission 
authorized and instructed the Engineer to make such location surveys on vari- 
ous sections of the highways of this state, which said sections of highways, 
together with their identifying location survey numbers and the amounts auth- 
orized and allocated for such survey expenditures, are 35 follows: 


Plans ----- 6-1429 - Reedsport-North Bend Section, Oregon Coast Highway, 
Coos County. lst authorization - $170 

Flight Strip - 19-1428 - Alkali Lake Flight Strip Section, Lakeview-Burns ® 
Highway, Lake County. lst authorization - $1500 


Flight Strip -123-1429 - Rome Flight Strip Section, I.0.N. Highway, Malheur 
County. lst authorization - $1500 


Flight Strip - 24-1444 - Aurora Flight Strip Section, ‘West Portland-Hubbard 
Highway, Marion County. lst authorization - $1500 


Flight Strip - 25-1411 - Boardman Flight Strip Section, Boardman-Stanfield 
Highway, Morrow County. lst authorization - $1500 


Plans - - - - 226-1461 - Sunderland Road Section, Vancouver Access Road, Mult- 
nomah County. lst authorization - $600 
Location - - - 30-1442 - lilton-WWashington State Line Section, Oregon-Washing- 


ton Highway, Umatilla Co. 2nd authorization - $1500 
Total to date $5500 


Location - - - 4-1462 - Columbia River Crossing near Knappa, Columbia River 
Highway, Clatsop County. 2nd authorization - $1500 
Total to date $3500 


Plans - - - - 123-1430 - Malloy Ranch-Jordan Valley Section, I.0.N. Highway, 
Malheur County. lst authorization - $300 

Plans - - - - 223-1431 - Jordan Valley East Section, County Road, Malheur a 
County. lst authorization - $100 
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Contract No. 2493, with Porter W. Yett, for grading 
and paving on the Warrenton-Skipanon Section of the Fort 
Stevens County Road, in Clatsop County. Completed Novem- 
ber 15, 1941. 


Contract No. 2497, with C. J. Eldon, for construction 
of a bridge over Millport Slough near Kernville, on the 
Oregon Coast Highway, in Lincoln County. Completed July 8, 
1942. 


Contract No. 2515, with Norris Bros., for grading and 
topping on the West Unit, Sherars Grade Section of the Sher- 
ars Bridge Secondary Highway, in Sherman County. Completed 
June 5, 1942. 


Contract No. 2516, with Leonard & Slate, for grading 
on the Madras-Juniper Butte Section of The Dalles-Califor- 
nia Highway, in Jefferson County. Completed June 19, 1942. 


Contract No. 2527, with Rogers Construction Company, 
for grading, surfacing and oiling on the Cinder Butte- 
Juniper Ridge Section of the Lakeview-Burns Highway, in 
Harney County. Completed July 1, 1942. 


Contract No. 2541, with A. H. Saxton & Son, for fur- 
nishing 8,000 cubic yards crushed rock in stockpiles on 
the Klaskanine Summit-Jewell Section of the Nehalem Sec- 
ondary Highway, in Clatsop County. Completed on June 17, 
1942. 


Contract No. 2544, with R. 0. Dail and Warren Bros., 
Inc., for grading, surfacing and oiling on the Gerking 
School-Athena Section of the Athena-Holdman Secondary 
Highway, in Umatilla County. Completed on June 24, 1942. 


Contract No. 2545, with Porter W. Yett, for grading 
and paving on the Sylvan-West Slope Section of the Tuala- 
tin Valley Highway, in Washington County. Completed June 
26, 1942. 


THEREFORE, BE IT RESOLVED that the work covered by said 
state highway contracts for the construction of said state highway 
projects be declared completed according to the terns of the res- 
pective contracts, and said jobs are hereby accepted and final pay- 
ment in connection with each is hereby authorized. 


The Engineer advised that, in connection with the Norris Brothers 
contract No. 2462 for grading, surfacing and oiling the Hanley Lane Section 
of the Frenchglen Secondary Highway in Harney Courty, it was necessary to 
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job. They alleged that difficulty in securing labor and supplies, 
particularly repair parts for their equipment, was the principal 

reason for overrunning the specified time limit. The Engineer ad- 
vised that the reason given by the contractor for failure to com- 
plete the job on time is correct. He recommended, in view of the : 
circumstances, that the extension of time requested be granted with- ij 
out penalty. The Commission approved the recommendation. 


A. H. Saxton & Son, contract No. 2541, for furnishing crushed 
rock for the Klaskanine Summit-Jewell Section of the Nehalem Second- 
ary Highway, in Clatsop County, requested an extension of time of 17 
days, from May 31 to June 17, 1942, within which to complete this 
job. They attributed their failure to complete the pro ject within 
the specified time to acute labor shortage. The Engineer advised 
that the reason given by the contractor for overrun of the time lin- 
it is correct. He recommended the granting of the extension of time 
requested without penalty. The Commission approved the recomnenda- 
tion. 


The Engineer reported that contracts Nos. 2462, 2473, 2477, 2492, 
2493, 2497, 2515, 2516, 2527, 2541, 2544, and 2545, for the construction of 
state highway projects, have been completed according to the requirements .— 
of the contracts or modifications thereof, and that said jobs are now ready 
for acceptance. The following resolution accepting the above projects was & 
offered and adopted by the unanimous vote of the Commission: 


WHEREAS, the Engineer has reported that the following 
State Highway Commission contracts for the construction of state 
highway projects have been completed according to the terms and 
provisions of the contracts, and that said jobs are now ready for 
acceptance: 


Contract No. 2462, with Norris Bros., for grading, 
surfacing and oiling on the Hanley Lane Section of the 
Frenchglen Secondary Highway, in Harney County. Completed 
June 30, 1942. (See paragraph following this resolution.) 


Contract No. 2473, with E. L. Rigdon, for grading, 
surfacing and oiling on the Days Creek-Wright Ranch Sec- 
tion of the Tiller-Trail Secondary Highway, in Douglas 
County. Completed June 30, 19242. 


Contract No. 2477, with E. H. Itschner, for surfacing 
and oiling on the Woodburn-Rock Creek Section of the Wood- 
burn-Sandy Secondary Highway, in Clackamas and Marion Coun- 
ties. Completed June 27, 1942. 


Contract No. 2492, with E. L. Gates, for grading, sur- 
facing and oiling on the Monroe-Lane County Line Section of 
the Territorial Secondary Highway, in Benton County. Completed @ 
May 23, 1942. 
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Blanket agreement with the Mountain States Power Company pro- 
viding for use of the company's poles in connection with traffic 
signal installations, et cetera. 


Blanket agreement with Pacific Telephone and Telegraph Company 
providing for use of the company's poles in connection with traffic 
signal installations, et cetera. 


Agreement with Linn County regarding the improvement and main- 
tenance of the Richardson Gap county road. 


Agreement with the United States Department of Interior, Graz- 
ing Service, providing for protection of juniper wayside strips 
along the McKenzie Highway between Sisters and Redmond and along 
the Ochoco Highway between Redmond and Prineville. 


Agreement with AcNutt Brothers disposing of their claim for 
extra compensation in connection with their contract No. 2219 for 
grading and paving the Dundee-lest Dayton Section of the Pacific 
Highway West, in Yamhill County. 


Agreement with Multnomah County providing for the maintenance 
of the Sunderland Avenue Access Road. 


Agreement with Clatsop County, the City of Warrenton, and the 
City of Hamnond providing for the improvement and maintenance of 
the Fort Stevens county road. 


Bargain and sale deeds conveying the following properties: 


Portions of Lots 29 and 30, Block 34, Coos Bay Plat 
"BY Addition to North Bend, to Atwell T. Andrews and 
wife, for $123.00. Right of way file No. 9517. 


Lot 15, Block 209, Mills Second Addition to Klamath 
Falls, to G. Morosin. Right of way files No. 9612 
and No. 9612-A. 


2.27 acres of land adjacent to Crater Lake Highway, 
in Section 13, T. 37 S., R. 2 W., W. M., Jackson 
County, to Roy P. Jones, for $555.00. Right of way 
files No. 10080 and No. 10082, 


1.034 acres of land situate adjacent to Crater Lake 
Highway, in Medford, includes building, to Berke 
Brothers, Consideration 91500.00. Right of way file 
No. 10082, 


0.076 acre of land situate in Section 13, T. 375S., 
R. 2 W., W. M., Jackson County, to Medford Corpora- 
tion. Right of way file No. 10145. 
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eliminate the proposed oil surfacing because the subgrade was too unstable 
for the construction of a thin oil surfacing due to the unusual and continued 
rains in the Harney Valley throughout the fall, winter and spring. Moreover, 
difficulty was encountered in securing an adequate supply of stabilizing mate- ’ 
rials and the requisite funds for such work were not available. Furthermore, j 
time did not permit a change in plan to add additional rock to stabilize the i 
grade because five cars for the oiling job had been delivered and were stand- ; 
ing on the siding. On account of the shortage of cars, the department had 
been warned repeatedly by the Federal Government and the railroad companies to f 
release the cars promptly. An immediate decision therefore became necessary ' 
and the engineer approved the use of the oil in resealing various projects in 

the vicinity of Burns on the state primary and secondary systems, which main- 

tenance work had been programmed to be performed by state crews. It was impos- 

sible to move a state crew to do the work in the time available and this plan 

permitted the utilization of the contractor's equipment and crew on the job. 
Accordingly, arrangements were made with the contractor to perform the work 

in conformity with the unit prices in the contract. The Engineer acknowledged 

that he should have consulted with the Commission before issuing such an order 

but explained that quick action was necessary and the securing of the Commis- 

sion'’s consent was inadvertently overlooked. He expressed regrets at the cik- 
cumstances and asked the Commission to confirm his action. The Commission ap- 

proved the disposition of the case as reported. 


The Commission considered and signed agreements, et cetera, as fol- % 
lows: 


j Agreement with the 0.W.R.& N. Company and Union Pacific Company 
covering maintenance of a railroad crossing sign on a Portland freight 
house. 


Agreement with the Southern Pacific Company covering reconstruc- 
tion of the Blodgett Overcrossing, in Benton County. 


Agreement with Peter A. Nelson Company covering performance of 
certain work in connection with the widening of High Street between 
5th and 6th Streets, in Eugene. 


Agreement with Grant County Bank, John Day, Oregon, providing 
for lease of a road-materials site for use in connection with con- 
struction of the Prairie City Section of the John Day Highway. 


Easement agreement with Lewis Pointer, et al, covering elimina- 
tion of a road approach to the Tualatin Valley Highway near S. W. 
Canyon Road. 


Agreement with Peter J. Lyski and wife, covering acquisition of 
property situate in Block 32, Rast St. Johns Addition to Portland. 


Agreement with R, R. Clarke relative to a gravel bar which is 
being used in connection with the construction of the Rice Hill-Tur- 4 
key Hill Section of the Pacific Highway, in Douglas County. 
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Quitclaim deed conveying unto the Medford Corporation 0.081 
acre of land situate in Section 13, T. 375., R. 2W., W. M., Jack- 
son County. Right of way files No. 10082 and No. 10145. 


The selection of projects for which bids are to be received by the 
Commission at its next regular meeting had the attention of the Commission. 
The Commission approved the following, subject to revision later: Buchanan 
Rock Production Project in Harney County; Richardson Gap county road, in Linn 
County; additional rock production projects to be decided later; and construc- 
tion of one or more airplane flight strips, if possible. The Commission also 
approved the taking of bids for the purchase of a trestle adjacent to the 
Wolf Creek Highway. 


The Commission thereupon set Thursday, August 27, 1942, as the date 
for such meeting and instructed the Secretary to make the usual arrangements 
to hold this meeting in the auditorium of the Public Service Building, Port- 
land. 


There being no further business to come before the Commission at 
this time the meeting was adjourned at 6:10 p. m. 


—#A ee r . (eat Bo £8 
State Highway Engineer “iste 
Ay Cea Orr mM , u an 4L 
Secretary / Commissioner 2 
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Subject 


Bid received on following project: 

Shaniko Section, Sherman Highway, oiling, 

Wasco County. Shaniko Section, Sherman Highway. Bid of 
Babler Brothers opened and read. 

log hauling. Conference with Governor and representatives of 
lumber industry, Lifting of PUC plates to be discontinued. 
Weighing of loads to be continued, except in cases of group- 
ing of trucks at scales, Matter of discontinuing weighing 
to be investigated. 

Award of contract, as follows: 

Babler Brothers, Shaniko Section. 

Minutes approved as follows: March 19 and 20, April 1 and 2, 
and April 30, 1942, 

Personnel, Matter of requesting occupational deferment of 
"key men" of maintenance department approved, 

Wheeler County. Ochoco Highway, Dayville, Request of Mrs. 
Kate MacDonald, for repairs to irrigation ditch, approved. 

Lane County. Willamette Highway, near Goshen, Request of 
Lloyd E. Stafford for payment for moving barn denied, 

Union County, Boswell Ranch-Follett Ranch Section, Wallowa 
Lake Highway, Arrangements with 0, C. Yocom, subcontractor 
for Leonard & Slate, for continuance of project, approved. 
Oiling work to be cancelled, 

Jackson County. Camp White. Request of army authorities for 
fencing of right of way approved. 

Clackamas County. Coal mine near Molalla, Request of irs. 
Joan C. Woovalas, for access road to mine, discussed. 

Railroad gradé crossings. Order requiring all traffic to 
stop at mainline crossings approved, (See P, 11157) 

Airplane landing fields, Agreement with War Department, for 
maintenance with state forces at army expense, approved. 

Umatilla County, Resolution adopted designating Ordnance 

. Depot Secondary Highway No. 338. 

Baker County. Flagstaff Hill-Ruckles Creek Section, Baker- 
Homestead Highway. County to assume jurisdiction over por- 
tion abandoned by state, 

Jackson County. Eagle Point-ifcAllister Springs Section, 
Little Butte Secondary Highway. County elects to abandon 
portion and retain portion of section abandoned by state, 

Award ‘of contracts confirmed as follows: 

Sunderland Avenue Access Road, Porter W. Yett; 

Bridges on Sunderland Avenue, Portland, Lindstrom Bros.; 

Section "A", Mofimouth-Benton County Line Section, E. C. 

Hall Company and J. C. Compton; 

Section "3", Monmouth-Benton County Line Section, E. C. 

Hall Company, J. C. Compton, and McNutt Srothers; 

Soda Mountain ifine Access Road, 0. C. Yocom; 

Seven Devils Chrome Mine Access Road, Tru-iix Concrete Co. 
load limit. Stillwell Bridge, Trask River, Netarts Secondary 

Highway. Resolution adopted lifting load limit. 
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Date 
1942 
Aug. 27 


Subject 


Bids received on following projects, etc. (Cont.) 
Walker Mountain Rock Production Pro ject; 
Salt Creek Falls-Odell Butte Nock Production Project; 
Alkali Lake Flight Strip Project; 
Dead Ox Flat-Cairo Junction Rock Production Pro ject; 
Rome Flight Strip Project; 
Nye Junction-Grant County Line Rock Production Pro ject; 
Rock Creek-Joseph Rock Production Project; 
Sale of residence building in Eugene; 
Sale of materials in railroad trestle near Sunset Camp, 
Tillamook County. 

Clackamas County. Wilsonville Ferry. Leonard & Slate confer 
re contract for operation of ferry. 

Multnomah County. Traffic separation project, Denver and 
Union Aves., Portland. Report on estimated cost. Attorney 
authorized to secure right-of-way options. 

“esterlund Boat Co. property. Chairman to pass on property. 

Coos County. Delegation confers re construction of revetment 
for flood control of Coquille River. (See P. 11207) 

Coos County. Oregon Coast Highway. Intersection with Lampa 
Creek county road. Delegation requests widening. 

Linn County. Brewster-Lacomb county road. Request of delega- 
tion for designation as Secondary State Highway and for 
maintenance by state denied. 

Deschutes County. McKenzie Highway, through Sisters. C. T. 
Leedy requests filling in along curbs. 

Real property. Resolution authorizing acquisition. 

Umatilla County. Boardman-Stanfield Highway. Request of 
delegation, for construction of connecting road to Hermiston- 
Ammunition Depot county road, denied. Engineer to confer 
with army re solution to problen. 

Coos County. Coquille River revetment. State to furnish 
engineering supervision and assume one-fifth of expense. 

Condemnation. Gravel pit. Matt Endres property, Albany- 
Lyons Secondary Highway. Resolution adopted. 

Jefferson County. Madras, The Dalles-Calif. Hwy. Hrs. Viola 
Gray claims damages due to grade change. 

Camouflage. D. L. Callicrate of Foster-Kleiser to. presents 
samples of comnany's camouflage work. 

Multnomah County. Gilbaugh property, Crown Point. Request 
for access road, or state purchase of property, denied. 

Coos County. Marshfield-North Bend Section. Rental of green- 
house pronerty to former owner, J. D. Bergen, approved. 
Exeess right of way on bay side of highway to be retained. 

Wheeler County. Fossil-Antelope Secondary Hwy. Request of 
Messrs. Hilton and Burgess, to farm right of way, approved. 

Lane County. Uugene. Sale of A. D. Jones property, to Law- 
rence Osterhoff, authorized. 

Eugene buildings. Asst. Attorney requests instructions re 
disposal. Action deferred. 


Page Date Subject 
1942 
11192 Aug. 14 Permit. Request of Ernest E. Schrenk to transport overwidth 
loads of flax, over Creswell-Springfield Section, denied, 
Emergency transportation permits. Letter from Joseph Keller, 
Consultai.t on State Barriers, OFM, approves position taken 
by Commission re transportation of gross loads. 
log hauling. Hauling approved, from 9:00 to 12:00 at night, 
provided movements are properly lighted. 
Crater Lake Park Roads. E. P. Leavitt inquires re maintenance 
of roads through park, if park is closed during winter. 
11193 Snow removal. Crater Lake Highway. Road to Crater Lake Park 
not to be kept open if park is closed for winter, 
Wayside maintenance. Request of Columbia County Pomona Grange, 
for mowing of weeds and grass along ri.hts of way, approved. 
Labor. Question of whether or not contractors should pay 
double time for overtime considered, Action deferred. 
11194 Klamath County. Algoma Dike lawsuit. Employment of two expert 
witnesses, to work up case and testify at trial, approved. 
Wheeler County. Shaniko-Fossil Secondary Highway. Request 
of C. H. Surgess to farm right of way approved. 
Surveys. List of surveys ordered since last meeting. 


11195 List of surveys completed. Resolution adopted. 
Extensions of time, as follows, approved; 
11196 R. G. Barnes, Scappoose-St. Helens Section; 


E. Ls Rigdon, Oak Creek-Marks Ranch Section. 
Contracts completed and accepted, as follows: 
11197 Bridges, Scappoose-St. Helens Section, R. G. Barnes; 
Gak Creek-Marks Ranch Section, E. L. Rigdon; 
Warner Summit-ifud Creek Section, Rogers Construction Co.; 
Alkali Lake Maintenance Station, Tri-State Construction Co. 
Agreements, et cetera, signed as follows: 
Coos County, covering removal of rock from county quarry, 
for use on Seven Devils Chrome Mine Access Road; 
City of Jordan Valley, covering maintenance of South Moun- 
tain Mine Access Road, within the city limits; 
F. R. Hewett, covering rental of state-owned equipment; 
Axman and Miller, covering rental of state-owned equipment; 
0. C. Yocom, covering rental of state-owned equipment; 
11198 Hauser, Malcom and Tiesleu, covering rental of state-owned 
equi pment ; 
U. S. War Dept., covering maintenance of small airplane 
landin, fields; 
Order designating dangerous railroad crossings and requiring 
vehicles to stop before crossing railroad tracks at grade; 
Oregon-Washington RR & Navigation Co. and Union Pacific Co., 
extending lease of storage sites at Speece, in Gilliam Co.; 
Pacific Power & Light Company, providing for installation of 
power pole adjacent to state's scales, Pilot Rock. 
Aug. 27 Bids received on following projects, sale of building, and sale 
of materials in railroad trestle: 
11199 Richland-Yalfway Rock Production Project; 
Buchanan Rock Production Project; 
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Date 
1942 
Aug. 27 


Subject 


Tillamook County. Oceanside. Complaintre removal of sand 
and atere he for construction of Tillamook Slimp Base. 
Matter to be taken up with Lt. Commander ¥. J. Striblin: 

Signs. Directional signs on state highways within cities. 
State to assume cost of maintenance. 

Emergency permits. Attorney General's opinion confirms 
authority of state to issue such permits. 

Permits. Request of Army Air Corps to operate oversized 
equipment on highways in salvaging wrecked plane approved. 

log hauling. Copy of instructions issued to truck drivers 
by Roaring River Logging Co., re regulations, presented. 

log hauling. State police report that James =. Carlin, 
arrested near Seaside for overheight load, was not fined 
by Justice of Peace. 

Viamath County. South 6th St., Klamath Falls. Hans Hanson 
requests filling in of depression in front of building. 

Maps. Portland Public Schools request supply of Oregon High- 
way maps. 1000 maps to be supplied. 

lighway Traffic Advisory Committee. Program and operating 
budget presented. Floyd Cook appointed Executive Secretary. 

Dim-out zones. Signs along Oregon Coast Hichway reported 
erected in accordance with army orders. 

Klamath County. Algoma Dike damage suit. Request of defend- 
ants, for state cooperation in repair of dike, not apvroved. 

Bids. Problem of securing bids for highway construction work, 
particularly rock production projects, discussed. 

Priorities. ‘ar Production Board to be urged to modify rules 
re priority on construction equipment. , 

Multnomah County. Corbett.O'R&N requests closing of grade 
crossing on county road, and use instead of passageway *uilt 
under tracks for benefit of contractors. Request denied, 

Park matters. Report of Parks Superintendent. 

Harney County. ‘ayside strips. Poison Creek Section, John 
Day-Burns Hivy. State's application for recreational lands 
to be withdravm if county renews ap »lication. 

Tillamook County. Burned timber on Wilson River Highway west 
of McNamers Camp. Sale to James McCrea tentatively approved. 

Josephine County. Old garage on Coyote-Grave Creek Section, 
Pacific Highway. James F, Grimes'request for building 
granted. 

Park attendance. Parks Superintendent reports on falling off 
in attendance due to wartime conditions. 

Park financial report. Monthly financial statement approved, 

Extensions of time, as follows, approved: 

i. Le O'Neil & Son, Wrights Point-Narrows Section; 
C. J. Hldon, Polallie Creek-Hood River Rock Production; 

Cohtracts completed and accepted, as follows: 

Drews Valley Rock Production Project, Rogers Const. Co.; 
Lower Dridge-Terrebonne Section, Babler “ros.; 
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Subject 


Lane County. Goshen, Willamette Highway. L. E. Stafford cone~ 
troversy re moving barn. Request for payment denied. 

Union County. State Game Commission property, Union. Portion 
to be leased to Union County Sportsmen's Club for nominal sum. 

Awards. Chaimaan announces awards of contracts, sale of build- 
ing in Eugene, and sale of railroad trestle material. 

Curry County. Port Orford Rock Production Project. Contract 
awarded to A. H. Saxton & Son on revised specifications. 

Tillamook County. McNamers Camp, Wilson River Nighway. Letter 
to WPA, requesting use of buildings, approved. 

Curry County. Oregon Coast Highway. Timber strips. Report on 
proposed purchase of Elmer Bankus property. Action deferred. 

Fences. Matter of obligations for fence construction along 
highway projects discussed, 

Clatsop County. Wolf Creek Highway, near Necanicum. Resolu- 
tion adopted abandoning portion of highway. 

Marion County. North Santiam Secondary Hwy., Stayton-Sublimity 
Section. County's request for rerouting withdrawn. 

Highway bonds. Purchase of unmatured highway bonds from State 
Treasurer considered. Not approved. 

Coos County. Marshfield-North Bend Project to be deferred un- 
til satisfactory arrangements can be made with railroad com- 
pany, and for re-establishing Standard Oil Company's plant. 

Multnomah County. Front Avenue, Portland. Engineer instructed 
to try to secure release from shipyard work of subcontractor 
on Edlefsen-Weygandt job, so that paving may be completed 
before rainy season sets in. 

Coos County. Sunset Beach. Request for construction of park- 
ing area denied. 

Coos County. Myrtle Point, Coos Bay-Roseburg Highway. Request 
for improvement at south entrance to city denied. 

Benton County. Corvallis. Pacific Highway West. Request for 
sidewalk construction denied. 

Umatilla County. Pendleton-Meacham Rock Production Project. 
Agreement with A. S. Wallace for stock-piling of additional 
crushed rock, in connection with contract, approved. 

Benton County. Wells-Granger Access Road to Camp Adair. Ex- 
penditure for widening of two bridges approved. 

Benton County. Camp Adair, Pacific Highway West. Agreement 
with E. C. Hall Co. & J. ©. Compton, for reconstruction of 
section fronting on cantonment, approved. 

Labor. Question of payment of overtime to workmen employed 
on state highway contracts discussed. State law to govern. 

Coos County. North Marshfield & Marshfield-Bunker Hill Proj- 
ect. Roy L. Houck requests relief from certain provisions 
of contract. Approved. Work to be done with state forces. 

Lincoln County. Spencer Creek Bridge, Oregon Coast Highway. 
Cancellation of Yarry I. Hamilton's contract No.2486 approved. 

Multnemah County. Front Avenue, Portland. Iron Fireman re- 
quests permission to construct driveway to highway. 

Log hauling. Little Nestucca Secondary Highway. Signs to be 
posted prohibiting hauling of logs on portion of road. 
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Sub ject 


Bids received on following projects, sale of property, (cont.): 

Aurora Flight Strip Project; 

Mills Bridge-iicNamers Camp Rock Production Pro ject: 

Nye Junction-Grant County Line Rock Production Project; 
Rock Creek-Joseph Rock Production Project; 

Sale of property near Goshen, Lane County. 

Marion County. Aurora Flight Strip Project. Acquisition of 
right of way discussed. U. S. Dist. Attorney to be con- 
sulted as to condemnation of property by government. 

Polk County. Benton County Line-ionmouth Section. Elkins 
property. Offer of $12,000 for property approved. 

Washington County. Wolf Creek Highway near North Plains. Offer 
of W. C. Baugh to purchase 12,73 aeres to be investigated. 
Columbia County. St. Helens. United Railways Company granted 

easement for duration of war and six months thereafter. 

Baker County. Troy Ranch Section, Old Oregon Trail. Frances 
Troy confers re right-of-way settlement and damage claim. 
Commission to inspect property. 

Scrap-metal drive. State trucks to assist in collection of 
scrap materials for federal government. 

Multnomah County. Barbur-Blvd.- Joones Ferry Road, Jacobsen- 
Jensen Co.'s contract No. 2393 suspended until spring of 1943. 

Columbia County. Banzer Bridge-Mist Section. Porter ‘/. Yett's 
contract io. 2504. Completion date extended to June, 1943. 

Old Oregon Trail Centennial Advisory Commission conference. 
Matter of continuing activities to be oresented to Lyislatue. 
“xpenses in interim to be covered by official communications. 

Awards. Chairman announces awards of contracts and sale of 
property. 

Lane County. Goshen property. All bids rejected. Property 
to be placed with real estate agent for private sale. 

Personnel. Organizer from American Federation of Employees 
confers re affiliation of highway department employees with 
federation. Standard Code of Relations, adopted by Commis- 
sion in 1936, reaffirmed, with certain modifications. 

Speed limits. Signs to be erected in accordance with order 
of Governor reducing speed limit to 35 miles per hour. 

Speed zone. Camp Adair. Army's request for 25-mile-per-hour 
speed limit along Pacific Highway West, in front of camp, 
approved. Resolution adopted. 

Columbia County. Gravel pit at Scappoose. 4. A. Hein refuses 
offer of settlement. Matter to be dropped. 

Rock production projects for 1943 construction. List approved. 
Engineer instructed to advertise for bids. 

Priorities. Resolution adopted urging War Production Board to 
modify rules re priority on construction equipment. 

Snow removal. Timberline Lodge. Request of ilavy Dept. that 
road be kept open during winter approved, if state is re- 
imbursed for expense involved. 
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Subject 


Agreements, et cetera, signed as follows: 

City of Central Point, covering improvement of Pine Street; 

Lutheran Brotherhood of Minnesota and Leslie i. Hammond, 
covering easement for detour road, Goshen-Lowell Section; 

Ruben W. Smith and wife, providing for elimination of road 
approach to property on Sexton Mountain; . 

F. W. Falk, for securing of borrow materials rieeded for 
Corvallis-)onmouth Project; 

Matt Erickson, authorizing truck-hauling of logs across 
state property adjacent to Salmon River Hwy. ; 

Leonard & Slate, re contract No. 2483, for the Poswell 
Ranch-Follett Ranch Section, Union County; 

Alsea Hawley, bargain and sale deed conveying sma)l parcel 
of land adjacent to Pacific Higlmay, Douglas County; 

Ylamath County School District, conveying 1.69 acres of 
land adjacent to Green Springs Highway, Klamath County. 

Meeting dates. Next regular meeting date set for October l, 
1942. 

Minutes approved as follows: May 7, May 19, June 3 and 4, 
and June 24 and 25, 1942. 

Right of way budget. Assistant Attorney's report on status 
approved, 

Real property. Resolution adopted authorizing acquisition. 

Multnomah County. Denver Ave.-Union Ave. Section, Portland. 
Peninsula Drainage Dist. #2. Price settlement avproved if 
necessary to acquire property in connection with Gault 
property. 

Gault property. Method of settlement approved. 

Marion County. Aurora Flight Strip Project. Julius C. Lewis 
property settlement approved as to price, Property not to 
be acquired until after method of handling project has been 
worked out with government, 

Lane County. Eugene-Goshen Section, Pacific Highway. Purchase 
of land, only, from Edward F, Judkins, approved. Settlement 
for damage items to be deferred until work is begun. 

Umatilla County. Quarry site, Nye Junction Project. Purchase 
of Fayette Mettie property approved, 

Condemnations, Recommended offers, Resolution adopted: 
Right of way: Pacific Highway; 

Gravel pit: Wallowa Lake Highway. 

Gas tax diversion. Oregon State Motor Assn, requests support 
of propos :d' constitutional amendment prohibiting diversion 
of revenues. 

Bids received on following projects and sale of propertys 
Richland-Halfway Rock Production Pro ject; 

Buchanan Rock Production Project; 

Walker Mountain Rock Production Project; 

Salt Creek Falls-Odell Butte Rock Production Project; 
Crabtree Creek-Jordan Section, grad., surf., and mainten- 
ance materials; 
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Subject 


Emergency permits. Question 0° penalty for overloads dis- 
cussed, Violators to be warned. 

Linn County. Sanderson Bridgs, Albany-Lyons Secondary High- 
way. Resolution adopted regulating truck traffic on bridge. 

Yamhill County. Bridge at Newberg, Hillsboro-Silverton Secon. 
Hwy. Resolution adopted regulating truck traffic on bridge. 

Permits. Overlength passenger-carrying vehicles, to facili- 
tate transportation to and from army camps, etc. Operation 
over state highways approved. Resolution adopted. 

Permits. Request of Union Pacific Railroad Company, to trans- 
port a fuel-oil tank, from Pleasant Valley to Durkee,approved. 
Request of Portland Gas & Coke Company to transport two 
large steel tanks over state highways approved. 

Equipment. 13-yard Lorain gas shovel, stored at Garibaldi, 
to be advertised for sale. 

Scrap materials. Engineer authorized to dispose of scrap 
materials at private sale as may be necessary. 

Umatilla County. Pendleton-Adams Section, Oregon-Washington 
Highway. County elects to retain portion of old right of 
way abandoned by state. 

Coos County. Charleston Section, Cape Arago Secondary High- 
way. County-elects to preserve portion of old right of way 
abandoned by state. 

American Assn. State Highway Officials. Matter of attending 
annual meeting at St. Louis, Mo., Dec. 7 to 9, discussed. 
Coos County. North Bend-ijarshfield Section. County's request 
for permission to develop spring on right of way approved. 
Gas tax. Letter from Governor Clark of Idaho to Gov. Sprague, 
suggesting that farm-produce trucks be relieved of vehicle 

taxes and fees, discussed and filed. 

Log hauling. West Coast Lumbermen's Assn. advises that associ- 
ation is taking action to try to curb practice of overload- 
ing of logging trucks. 

Tillamook County. Fairview Grange expresses appreciation for 
guard-fence construction near Jordan Creek on Wilson River 
Highway, and requests authority to plant shade tree near 
drinking fountain located in this vicinity. Request approved. 

Labor. Question of payment of overtime to be left up to con- 
tractors. Clause in contract forms, referring to overtime 
payments, to be deleted if not legally required. 

Park matters. State Parks Superintendent reports. 

Deschutes County. Juniper wayside strips between Bend and 
Redmond. Request of Grazing Service, for exchange of lands 
to accommodate fence construction, approved. 

Curry County. Sheep grazing in Humbug Mountain Park. Request 
of Ray Fromm for renewal of sheep-grazing lease approved. 
Curry County. Port Orford Cedar Park. Report on forest fire 

in wayside tract. No action. 
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Subject 


Equipment. Snow plows. Army requests all surplus snovi equip- 
ment be made available to keep open Alaska Highway. 

Snow removal. Certain highways not to be kept open for travel 
during winter, in order to release equipment to army. 

Equipment. Two rotary snow plows to be sold to government. 
Two old snow plows stored at La Grande also to be offered 
to army. 

Snow removal. Airport runways. Release to army of equipment 
for snow removal on airport runways not approved. To recom- 
mend to army that such work be done by highway departments. 

City streets, not on state highways. 1943 budget, for work 
on city streets, approved. Work to be covered by written 
agreements with cities. 

Multnomah County. Kaiser Shipbuilding Co. requests additional 
parking space along water front near Burnside Bridge, Port- 
land. Approved, 

ifultnomah County. Front Avenue, Portland. City officials to 
be contacted re charging Dant & Russel rental for use of 
property on which they are now encroaching. 

Clackamas County. Wilsonville Ferry. Request of Leonard & 
Slate, for modification of present contract, denied, Con- 
tract to be renewed for full period. 

Labor. Report showing yearly summary of labor employed by 
contractors on highway construction work presented. 

Wasco County. Request for footpath construction along Colun- 
bia River Highway, from Rowena Loops to Tindalls Service 
Station, denied. 

Benton County. North Albany Road. Request of lirs. H. G. Rum- 
baugh for repair of road denied. 

Umatilla County. Pendleton. Request of Mayor for repair of 
Main and DeSpain Streets approved if not too expensive. 

Klamath County. Algoma Dike suit. Stipulation relative to 
contribution of funds for repair of dike approved, 

Jackson County. Rogue River Bridge, Gold Hill. Damage to 
bridge by soldiers from Camp White discussed. Matter to 
be directed to attention of Camp Commander. 

Multnomah County. Interstate Bridge. Matter of collection 
of damages from Ray Redman, Jr., for damage to barrier, re- 
ferred to Attorney. 

Coos County. Big Creek Bridge, Coos Bay-Roseburg Highway, 
Damage to bridge by logging truck of Goodwin & Briggs dis- 
cussed. Matter referred to Engineer for report. 

Claim. Portland Gravel Company claims damages for cost to 
repair dredge damaged in collision with drawspan of Inter- 
state Bridge, Portland. 

Award of contracts. Commission confirms following awards: 
Alkali Lake Flight Strip Project, Clifford A. “unn; 

Rome Flight Strip Project, Clifford A. Dunn. 

log hauling. Attorney instructed to contact Justices of Peace 
re matter of fines for overloads, as recommended by Public 
Utilities Commissioner Bean, 


Page Date Subject 
1942 
11261 Oct. 1 Agreements, et cetera, signed as follows: 
City of Albany, re improvement of Pacific Highway East 
through Albany; 
Bonneville Power Authority, providing for construction of 
Wolf Creek Hwy. across certain government-owned land; 
L. E. Bierce, covering use of a logging road across Van 
Duzer Corridor; 
Application for Withdrawal from Registry System of a parcel 
of land in Multnomah County; 
Peter Skene Ogden State Park, application for transfer of 
water right in connection with park. 
Meeting date. November 5, 1942, set for next regular meeting. 
11262 Nov. 5 Bids received on following projects, sale of timber, and sale 
of power shovel: 
Richland-Halfway Rock Production; 
Banzer Bridge-Washington County Line Rock Production; 
Buchanan Rock Production; 
Walker Mountain Rock Production; 
Trent-Salt Creek Falls Rock Production; 
Newport Rock Production and hauling road; 
Nye Junction-Grant County Line Rock Production; 
11263 Rock Creek-Joseph Rock Production; 
Sale of timber at Short Sand Beach State Park; 
Sale of Lorain Gas Shovel. 
Minutes approved as follows: July 23, 1942. 
Snow removal. ‘Weston-Elgin Secondary Highway. Requested by 
Walla Walla Air Base. Telegram directed to General Olds 
re confirmation of request. 
Tollgate »ostmaster urges snow removal for benefit of ma‘ } 
carrier. Request denied. 
: 11264 Snow removal. Timberline Lodge Road. Request of Navy for 
snow removal approved, if federal funds can be secured. 
Motor vehicle fees. Senator Fisher suggests action to refute 
proposal of highway carriers to reduce carrier fees. 
Clatsop County. DeLaura Beach and Ridge Roads. Joint main- 
tenance by state and county, for duration of war, approved. 
Award of contract confirmed as follows: 
Warren Northwest, Inc., Aurora Flight Strip. 
Multnomah County. Bridges on Sunderland Avenue Access Road. 
Request of Lindstrom Bros., for termination of contract, 
denied. Problem of securing lumber referred to Engineer. 
11265 Douglas County. Days Creek-Wright Ranch Section. E. L. Rigdon 
relieved of penalty for failure to complete contract on time. 
Snow removal. Counties and cities to be requested to cooperate 
with state in snow removal operations, as suggested by WPB. 


; 
; 


ee 


11266 Scrap metal drive. State salvage committee requests old steel 
bridge stored at Seaside. Useless portions to be donated. 
11267 load limit. Little Luckiamute River Bridge, Kings Valley Sec- 


ondary Highway. Resolution adopted reducing load limit. 
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11257 


11258 


11259 


11260 


Subject 


Coos County. Purchase of Simpson property at Shore Acres, 

adjacent to Cape Arago Park, considered. Decision deferred 
pending search of title. 

Tillamook County. Sale of timber at Short Sand Beach Park. 
Matter to be turned over to timber yroker to sell timber on 
selective-cutting basis. 

Parks financial report. Report for period January 1 to August 
31, 1942, approved. 

Surveys. List of surveys ordered since last meeting. 

List of surveys completed. Resolution adopted. 

Extensions of time, a6 follows: 

Homer G. Johnson, Siletz-Toledo Section; 

R. 0. Dail & Warren Bros., Inc., North Powder-Davis Ranch 
Section; 

R. 0. Dail & Warren Bros., Inc.; Flagstaff Hill-Ruckles 
Creek Section; 

E. L. Gates, Rock Creek-Benton County Line Section; 

C. J. Eldon, Trask River-Peltz Corner Section; 

A. S. Wallace, Hood River Rock Production Pro ject; 


Blair T. Alderman, Santiam Junction Patrol Station cabins 5 
Independence Sand & Gravel Company, Willamina Rock Produc 
tion Project; 
Independence Sand & Gravel Company, YieMinnville Rock Pro~ 
duction Project; 
Independence Sand & Gravel Company, Rickreall Rock Produc- 
tion Project; 
A. H. Saxton & Son, Lebanon-Sweet Home Rock Production 
Pro ject- 
Contracts completed and accepted, as follows: 
Si letz-Toledo Section, Homer G. Johnson; 
North Powder-Davis Ranch Sec., R. O- Dail & Warren Bros., Inc.; 
Flagstaff Hill-Ruckles Creek Section, R. 0- Dail & Warren 
Bros., Inc.}3 
Rock Creek-Benton County Line Seetion, E. L- Gates; 
Trask River-Peltz Corner Bridge Section, C. J- Eldon; 
Morrison Street Bridge, Portland, Poole & wcGonigle; 
Hood River Rock production Project, A. S. Wallace; 
Beatty-Paradise Creek Rock Production Project, A. 5. Wallace ; 
Santiam Junction Patrol Station Cabins, Blair T, Alderman; 
Wilamina Rock Production Project, Independence Sand & 
Gravel Company; 
McMinnville Rock Production Project, Independence Sand & 
Gravel Company; 
Rickreall Rock Production Project, Independence Sand & 
Gravel Company; 
Lebanon-Sweet Home Rock Production Project, A. H- Saxton 
& Son; 
South 12th Street, Salem, Warren Northwest, Inc.; 
Shaniko Section, Babler bros.; 
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11281 


11282 


11283 


Sub ject 


Log hauling. Cannon Beach Section. Geo. R. Van Vleet re- 
quests permit to transport overlength loads on section. 

Clatsop County. Cannon Beach Section. F. H. Brundage, “PB, 
urges improvement to permit hauling of longer length logs. 
Widening of bad turns approved, if WPB makes formal request. 

Travel & Information Dept. Colored post cards to be furnished 
free to service men to advertise state. 

Budget for 1943 approved. 

U. S. Highway No. 20 Assn. Delegation urges action to secure 
designation of highway from Albany to Newport as US20. 

Curry County. Timber land, Oregon Coast Highway. Purchase 
of 614 acres from Elmer Bankus approved. (See P. 11334) 

Park matters. State Parks Superintendent reports. 

Douglas County. County offers to deed three parcels of land 
to state, as follows; 
80-acre tract on old Coos Bay Wagon Road. Offer declined. 
Wayside strip on Elkton-Sutherlin Secondary Highway. Re- 
ferred to Parks Superintendent for investigation. 

Land bordering Pacific Highway, between Divide and Comstock. 
Offer accepted. 

Clatsop County. Ecola State Park. Deeds for two tracts on 
Tillamook Head received from government. Acquisition of 
property approved. 

Coos County. Golden and Silver Falls State Park. Reconnais- 
sance survey, for roadway around park, authorized. 

Curry County. Humbug Mountain State Park. Ace Turner granted 
renewal of sheep-grazing lease. 

Grant and Wheeler Counties. Proposed Fossil Park adjacent to 
John Day Highway considered. Commissioner Oliver to inspect. 

Coos County. Simpson property at Shore Acres. Status report 
on acquisition of property approved. 

Clackamas County. 0 & C lands near Brightwood. Parks Super- 
intendent to make further investigation as to acquisition. 

Curry County. Floras Lake, proposed park. Acquisition of 
1400 acres considered. Access roads to be investigated. 

Claim. Commission requested to withhold payment due Guy K. 
Johnson for moving house on right of way of l. Portland 
Shipyard Access Road until Purt F. Davis claim paid. Denied. 

Multnomah County. N. Portland Shipyard Access Road Project. 
Request of Burt F. Davis, that payment due Guy K. Johnson 
be withheld until claim is paid, denied. 

Road oil. PRA advises that government will not ap»rove pur- 
chase of road oil for storage after January 1, 1943. 

Engineer reports that storage facilities of Snell Oil Co. at 
Portland will no longer be available to 'ighway Department. 
Priority ratings. PRA advises priority ratings to be withdrawn 

from highway projects not essential to war effo 

Real property. Resolution adopted authorizing ac 


O 
r 
quisition. 
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11268 Nov. 5 


11270 


11272 


11273 


11274 


11275 


11276 


Subject 


Forgery bond. Bond to be renewed with American Bonding Com- 
pany, if premium reduced. (Premium later reduced.) 

Old Oregon Trail Marker Committee, Walter Meacham requests 
erection of ten additional markers. Tentatively approved. 
White enamel paint approved for reading matter on signs, 

Old Oregon Trail Centennial. Expenditure of Walter Meacham 
for trip to Tacoma Wash., October 30, 1942, in interests of 
program approved. 

Lake County. Drews Gap-Cottonwood Creek Sec., Klamath Falls- 
Lakeview Hwy. County court's action re abandoned portion 
approved. 

Claim. Mrs. J. W. Thomas requests reimbursement for expense 
incurred in extinguishing fire on right of way south of 
Salem. Approved. 

Claim. Woolach Bros. to be billed for expense of testing 
lubricating oil, shipped without proper identification. 

Travel & Information Dept. Old black-and-white films to be 
sold. Colored pictures to be loaned to hotels. 

Multnomah County. Portland. Resolution adopted covering use 
by Oregon Shipbuilding Corp. of certain area for parking. 

Speed zone. Oregon Coast Hwy. Resolution establishing 35-mile- 
per-hour speed limit between MP 24 and 25, and MP 32.5 and 44. 

Log hauling. Failure of Judge Kirk, Lakeview, to fine log haul- 
ers arrested for overloads, discussed. 

Restoration of old penalty of suspension or cancellation of 
permits considered. Action deferred. 

Permits, Sanding equipment. Overweight permits to be granted 
only to carriers not overating under emergency permits. 

Emergency permits. Overweight violations discussed. Action 
deferred. 

Permits. F, %. Falk requests permit to move buildings across 
Pacific Hwy. "fest, near Camp Adair, Army authorities to be 
asked to defer moving until spring, if possible. 

American Assn. of State Hwy. Officials. Annual meeting at St. 
Louis, Dec. 7, 8 and 9, 1942, Delegates selected. 

Gilliam and Morrow Counties. Wasco-Heppner Secondary Hwy. In- 
provement of four-mile section with state forces approved. 
Railroad grade crossings. Requests for erection of stop signs 

at Oswego, Harrisburg, Hillsboro and Condon denied, 
Stop signs to be limited to crossings listed in July 23, 
1942, "Order." 

Railroad grade crossings. Condon, Request for stop sign at 
crossing at north city limits approved if on city street. 
City to pay cost. 

Freewater, Request for removal of four stop signs at ‘cross- 
ings, Action deferred, 

Coos County. Oregon Coast Hwy. south of warshfield. Request 
of Toritan Investment Co., to use right of way for loading 
coal onto railroad cars, tentatively approved. 

Award of contracts. Chairman announces awards of contracts, 
sale of timber and sale of gas shovel. 
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11297 Nov. 5 Agreements, et cetera, signed as follows: 
Coos Count: covering repair of bridges on Seven Devils 
Chrome HMiue Access Road; 
Union County, whereby county agrees to furnish 5,500 cu.yds. 
crushed rock to state; 
Southern Pacific Co., covering easement to state for over- 
head crossing at Judkins Point, Lane County; 
"Consent to Vacate" Plat of Haydenton, on west side of 
Pacific Hwy., between Oregon Slough and Columbia River; 
Federal Public Housing Authority, authorizing construction 
of underpass beneath Denver Avenue, Portland; 
Federal Public Housing Authority, granting permit to con- 
struct sewer pine, water main and power line across 
Pacific YVighway, between Portland and Milwaukie; 
Maud Moon, lease agreement for maintenance headquarters 
in North Portland; 
Bargain and sale deed, conveying unto Samuel 1. Baker 2.06 
acres of land adjacent to Wolf Creek Hwy., Washington Co.. 
Meeting dates, December 21, 1942, set for next regular meet- 
ing of Commission. (Later changed to December 18, 1942.) 
11298 Dec. 17 ifinutes ap roved for meetings held August 14, August 27, and 
September 30 and October 1, 1942. 
U. S. Highway No. 20. Requests for extension of highway from 
Albany to Newport considered. Matter of designation to be 
discussed with AASHO Committee at its next meeting. 
Multnomah County. Traffic interchange at Denver and Union 
Avenues, Portland. x enditure of state funds up to 25% of 
cost approved for project, balance to be federal funds. 
11299 Multnomah County. Portland. State funds ap roved for prepara- 
tion of design of underpass at Vanport Housing Project. 
Clatsop County. Airport, Astoria. Plan of naval authorities 
to realign highway in order to lengthen runway opposed. 
Umatilla County. Umatilla Ordnance Depot. Pro .osed plan to 
provide access to Ordnance Depot discussed. No action. 
Polk County. Pedee District. Construction of roads to re- 
place those through Camp Adair closed by Army considered. 
11300 Asphalt and road oil storage. Oil companies to be contacted 
re leasing of idle storage facilities. 
Construction of four oil sumps considered. Action deferred. 
Victory Tax. Pay checks for December to be issued to employ- 
ees December 31, 1942, to avoid payment of tax for December. 
Real property. Resolution authorizing acquisition. 
11306 Condemnation. Recommended offers. Resolution adopted: 
Right of way for: Evans Creek-Sams Valley Access Road, 
and West Portland-Hubbard Highway. 
Right of way and maintenance site: Columbia River Highway. 
Drainage ditch: Pacific Highway West. 
11309 Washington County. Completion of acquisition of right of way 
for Wolf Creek Highway deferred. Commission to inspect all 
properties in April or May, 1943. 
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Subject 


Condemnations. Recommended offers. Resolutions adopted. 
Gravel pit: Willamette Highway; 

Right of way: North Portland Access Road; Pacific Hwy. East; 
Quarry site: Seven Devils Chrome ifine Access Road. 

Roadside strips. Portland Chamber of Commerce urges state to 
acquire additional strips. 

Personnel, Right-of-way agents for Oregon-Washington Highway 
authorized to maintain headquarters at Walla Walla, Wash. 

Lake County. Wm. H. Hotchkiss requests permit to construct 
stock fence on right-of-way line of Fremont Highway. Ap- 
proved if grazing privilege is paid for. 

Clackamas County. Oregon City. Request of Wm. i. Smith for 
mooring privilege at public dock denied. 

Union County. Union, Property acquired from Game Commission 
to be leased to Union County Road & Gun Club for 15 years. 

Lane County. Goshen Section, Willamette Highway. Claim of 
Lloyd E. Stafford re moving barn. Securing of declaratory 
judgment apvroved. Payment of attorney's fees denied. 

Lane County. Goshen Section, Willamette Highway. Agreement 
with Robt.?.Browmn, re matter of moving residence, approved. 

Polk County. Elkins pro erty south of Monmouth. Stipulation 
re acquisition approved. October 1 minutes to be changed to 
show payment of $12,000 authorized for land. 

Lar2 County. Eugene F. Judkins property. Pacific Hwy. south 
of Eugeme. To be condemned if Mr. Judkins refuses to accept 
partial payment for property. 

Taxes on real property. Attorney General's opinion to be re- 
quested re state's liability for certain property taxes. 

Washington County. Wolf Creek Highway. Request of W. C. 
Baugh to purchase property at Vadis Road intersection denied, 

Clatsop County. Scappoose rock quarry. H. A. Hein contro- 
versy. Letter to be directed to Hein, summarizing state's 
offer. Copy to be sent to Governor. 

Umatilla County. Boardman-Stanfield Highway. Offer of Henry 
G. Peck to purchase old buildings on right of way approved. 

Equipment. Sale of following to U, S. War Dept. approved: 

2 Sno-Go Rotary Snow Plows. 

H. B. Glaisyer. Increase in salary approved as of Nov. 1, 1942, 

Surveys. List of surveys ordered since last meeting approved. 

Extensions of time, as follows: 
J. F. Johnston, Yamhill River bridge approaches, Dayton; 
F. R. Hewett, Condon-Morrow County Line Section; 
Coos Bay Dredging Company, Grants Creek-Powers Section; 
MeNutt Brothers, Wells-Granger Section, 

Contracts completed and accepted, as follows: 
Yamhill River Bridge, Dayton, J. F. Johnston; 
Grants Creek-Powers Section, Coos Pay Dredging Co., Inc.; 
Polallie Creek-Yood River Section, C. J. Eldon; 
Wells-Granger Section, Mcliutt Brothers. 


Page Date Subject 
1942 
11320 Dec. 18 Marion County. North Santiam County Road. Delegation from 
County Court requests state to take over maintenance. 
Clatsop County. Columbia River Highway, Tongue Point. Sovern- 
ment suit to acquire right of way. Attorney authorized to 
enter stipulation providing for use of old road. 


11321 Multnomah County. Traffic lights, Sylvan. Mrs. Wm. Swindell 
requests installation. Rearrangement of signal lights ap- 
proved. 


Clackamas County. Wilsonville Ferry. Leonard & Slate's re- 
quest for termination or modification of contract denied. 
Wasco County. Warm Springs River-Mill Creek Section. Max J. 
Kuney's request for termination of contract approved. Con- 
tractor to reimburse state for additional cost of work. 
11322 Lane County. Judkins *oint. Installation of stop signs at 
S. P. railroad tracks on highway detour approved. 
Lane County. Eugene. Agreement with U. of 0. re oil service 
\ line to campus to be modified. University to be reimbursed 
for cost of transporting fuel oil until service line is built 
Equipment. Navy requests permission to purchase any equipment 
not being used. Sale of wooden tanks from Union Fish Hatch- 
. ery to be investigated. 
Hospital Associations. National Hospital Assn. avreement to 
be renewed without change. Physicians & Surgeons Hospital 
Assn. and Multnomah Hospital Assn. merged under name of 
“Oregon Physicians' Service." Agreement signed. 
11323 Old Oregon Trail Centennial Committee. Walter ‘ieacham, Execu- 
tive Secretary, requests use of state car. Denied. 
Forgery bond. Renewal with American Bonding Company confirmed. 
Clackamas County. Gravel pit, Clackamas Station. lirs. A. E. 
Clark complains re condition of pit. Signs, prohibiting 
dumping of rubbish, to be erected. 
Curry County. Gravel pit on Elk River. County requests per- 
mission for J. F. Kronenberg to use gravel from pit. County 
_ granted permission to purchase gravel for use on county 
roads only. A. H. Saxton & Son agree to pay state for grav- 
el already taken by Kronenberg. 
11324 Claim against John Franklin Reading for damage to traffic sig- 
nal pole, Oregon City. Amount of claim reduced. 
Baker County. Halfway-Cornucopia Mines Road. Request for 
snow removal, to permit salvaging of scrap metal, denied. 
11325 Benton County. Independence Road. County's request for state 
maihtenance of Benton County portion of road approved. 
+ Multnomah County. Portland. Request of Peninsula Drainage 
Dist. No. 2 for construction of a road from Denver to 
Vancouver Avenue denied. 
Multnomah County. Portland. Request of Peninsula Drainage 
Dist. No. 2 for rerouting of Gertz County Road to eliminate 
dangerous intersection at Union Avenue discussed. Project 
to be considered after war. 
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Subject 


Multnomah County. Front Avenue Project, Portland. Standard 
practice to be followed in acquiring east side properties. 

Lane County. Judkins property, Eugene South Section. Final 
settlement to be made within one year after war is over. 

Douglas County. Roseburg-Shady Point Section. Resolution 
adopted abandoning sections of old right of way. 

Douglas County. Pacific Highway south of Rice Hill. Resolu- 
tion adopted abandoning section of old right of way. 

Klamath County. Algoma-Terminal City Section. Resolution 
adopted abandoning section of old right of way. 

Crook County. Mills Creek-Marks Creek Section. Barricades 
to be erected at each end of abandoned section. County Court 
to be notified that state denies responsibility for upkeep. 

Curry County. Proposed park, Floras Lake. Matter of access 
road to park discussed. Decision deferred. 
Decision re acquisition of park site deferred until inspec- 
tion of park by Commissioner Clough. 
watter of securing 40-acre tract owned by W. J. Sweet to be 
investigated. 

Claciamas County. Sale of 0.34 acre, to Clackamas County Cem- 
etery Assn., approved. Right of access to highway to be denied 

Fences. Payment in full for fences involved in right of way 
transactions approved. 

Right of way encroachments. Abutting farm owners to be allowed 
free use of right of way pending construction of highways. 
Washington County. Wolf Creek Hwy. Jurgen LaFrentz to be al- 
lowed use of land being acquired from him for right of way. 

Jefferson County. Madras. Mrs. Viola M. Gray to be offered 
$200 for settlement in full of claim for damages. 

Lincoln County. Lease to T. C. Simmons of camp-ground proper- 
ty near Spencer Creek, Oregon Coast Highway, approved. 

Jefferson County. Warm Springs Highway. Sale to War Dept. of 
approx. 21.0 acres near Madras Overcrossing, approved. 

Polk County. Monmouth. Request of E. W. kenney, for sidewalk 
construction in front of property, denied. 

Bids. Procedure for receiving of bids to be expedited. Reso- 
lution to be prepared, (See Resolution P. . 

Bids received on following projects and sale of buildings: 
Richland-Yalfway Rock Production Project; 
Ochoco Summit Rock Production Pro ject ; 
Buchanan Rock Production Pro ject; 
Evans Creek-Sams Valley Access Road, grading and surfacing}; 
Tolo-Camp White Access Road, grad., surf., oiling and trestl 
Crescent Rock Production Project; 
Chemult Rock Production Pro ject; 
Trent-Salt Creek Falls Rock Production Pro ject; 
Southwest Boardman Flight Strip Pro ject; 
Nye Junction-Grant County Line Rock Production Project; 
Rock Creek-Joseph Rock Production Project; 
Sale of residence buildings in North Bend. 
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Subject 


Multnomah County. Buildings. Front Avenue Project, Portland. 
Fire insurance to be renewed. State to pay 40% of premium. 

Park matters, Park Superintendent reports. 

Tillamook County. Neahkahnie ‘fountain State Park. Easement 
for construction of logging road granted Koppisch & Donelson. 
irs. Reed offers to donate right of way if state will super- 
vise construction of logging road. 

Koppisch & Donelson's request to purchase park timber denied. 

Curry County. Timber strips, Oregon voast Highway. Purchase 
from Elmer Bankus of 550 acres, instead of 614 acres previ- 
ously authorized, apsroved. 

Timber strips. Pendleton-John Day Highway. Right-of-way 
Department directed to ascertain cost of securing strips. 

Marion County. Silver Creek Falls CCC Camp. Acceptance of 
gift of 32 buildings from federal government approved. 

Tillamook County. Wilson River Highway, between Fall Creek 
and Jordan Creek. County to be reminded of agreement to 
deed property to state in 1943. 

linn County. Cascadia State Park. Joseph Ralston Memorial. 
Permission granted to erect monument on Santiam Highway. 

Grant County. Fossil Area near Picture Gorge. Inspection 
to be made by Commissioner Oliver and Parks Superintendent 
with view to establishing state park. 


Surveys. List of surveys ordered since last meeting. 
Extensions of time, as follows: 


Roy L. Houck, Rice Hill-Turkey Hill Section; 

Roy L. Houck, Scappoose-}fultnomah County Line Section; 
Frank Penepacker, Algoma-Terminal City Section; 

Leonard & Slate, Dixie Summit Section; 

A. Milne, Long Creek-Fox Section; 

Roy L, Houck, Clackamas Overcrossing Section; 

Leonard & Slate, Ganyon Creek-Pryant Hill Section; 

Frank Penepacker, Grave Creek-Jumpoff Joe Creek Section; 
E. L. Gates, Meadow Brook Section; 

Jud Beardsley, repairs to Vista House; 

Porter W. Yett, Shaniko-Cow Canyon Section; 

A. S. Wallace, Pendleton-Meacham Section; 

C. J. Montag & Sons, Illahee-Steiwer 4ill Section; 
Strong & lacdonald, Inc., Eugene-Judkins Point Section; 
Parker-Schram Company, Sun Dial Secondary Highway; 
Parker-Schram Company, Airbase-Columbia Bottom Road Section; 


Contracts completed and accepted, as follows: 


Rice 'ill-Turkey Hill Section, Roy L. Houck; 
Scappoose-Multnomah County Line Section, Roy L. Houck; 
S. Unit, Algoma-Terminal City Section, Frank Penepacker; 
Dixie Summit Section, Leonard & Slate; 

Long Creek-Fox Section, A. Milne; 

Canyon Creek-Bryant Hill Section, Leonard & Slate; 

Grave Creek-Jumpoff Joe Creek Section, Frank Penenacker; 
Meadow Brook Section, E. L. Gates; 
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11326 Dec. 18 Benton County. Pacific Mwy. West, Camp Adair. State's claim 
for damages to highway caused by war emergency hauling denied 
by government. ‘ffort to secure damages to be continued. 

Permits. Arrangement made with Army and Navy authorities to re- 
quire overweight equipment used on government projects to se- 
cure state permit and furnish bond to cover damage to highway. 

Umatilla County. Freewater. Professor Gooding requests re- 
moval of stop signs at railroad crossings in treewater. Ore- 
gon Railroad Association to be consulted. 

11327 Grant County. Grant Union High School's request to store 
school bus in maintenance building at Seneca refused. 

ifultnomah County. Canyon Road, West Portland. Request of lirs. 
E.J. Armbruster, et al. to erect waiting room, denied, 

Clatsop County. Seaside. Request of Kiwanis Club for pernis- 
sion to erect "lift stations" for soldiers, denied. If shel- 
ters are constructed off right of way state will construct 
turn-outs for them. Directional signs to "lifts" approved. 

11328 Permits. Permit granted Eugene Plywood Co. to operate two 
cables across McKenzie Highway near Nimrod. 

Emergency transportation permits. Report on violations of 
carriers. Practice of warning violators to be continued. 

Log hauling. List of overweight violations to be forwarded 
to West Coast Lumbermen's Assn. Violators to be warned 
that penalty of suspending equipment may be reinstated, 

Sign removal. Natl. Roaside Council recommends salvaging of 
metal billboards. State agrees to remove signs if Roadside 
Council will secure permission of owners. 

11329 Benton County. Corvallis City Engineer requests snow removal 
on. Mary's Peak Road. "equest denied. 

Bids. Three proposals of ‘icNutt Brothers, received too late 
for consideration, to be returned to contractor, unopened. 

Awards. Chairman announces awards of contracts and sale of 
buildings at North Rend. 

11331 Multnomah County. Swan Island Access Road Project. State 
funds ap»roved for construction of traffic dividers. 

Klamath County. Quarry near Vlamath Falls. Southern Pacific 
Co. granted permission to obtain rock from quarry. 

11332 Baker County. Troy Ranch Section, Old Oregon Trail. Troys to 
be offered $2500 in full settlement of clain. 

Columbia County. Scappoose. Ernest HM. Dyson claims damages 
as result of driving car into concrete curb. Claim denied, 

11333 Equipment. Purchase of four three-quarter horse power air 
compressors for inflation of tires approved. 

Lake County. Alkali Lake Flight Strip Project. Agreement 
with C. A. Dunn for extra rock production authorized. 

Rock production. Agreement with C. A. Dunn for production of 
extra maintenance materials, in connection with his contract 
for the Alkali Flight Strip,authorized. 

Multnomah County. Front Ave. Project, Portland. Right of way 
purchases to he continued as long as city's funds hold out. 
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Date 


1943 


Subject 


Jan. 13 Umatilla County. Morrow Co. Line-Stanfield Section. Payment 


of damages to John Denney for trespass of contractor approval, 
Legislative matters discussed, as follows: 
Bill re issuance of duplicate check in event of loss of orig- 
inal check. Attorney instructed to prepare bill. 
Bill to increase amount of Highway Department's revolving 
fund. Decision deferred >ending further study of natter. 
Freeway bill. Not to be introduced at this session. 
Bill re dead-ending of city streets crossed by new highway 
improvements. Decision deferred pending further study. 
Bill establishing minimum fine to be imoosed on log haulers 
for overloading. Taken under advisement. | 
Bill to increase overall length and widti. of venicles. Com- 
mission not to sponsor legislation. 
Bill providing for disposition of salary or wages of deceased 
highway employees. Approved. 
Amendment to Eminent Domain Law re moving of buildings on 
property acquired by state. Approved, 
Bill permitting Highway Commission to charge property owner 
with benefits in condemnation actions. Disapproved. 
House Bill No. 4, re salary increase for employees of State 
Police Dept. Commission not to interfere with legislation. 
Bids received on following projects and sale of building: 
Richland-Halfway Rock Prod:ction Project; 
Ochoco Summit Rock Production Project; 
Crescent Rock Production Pro ject; 
Chemult Rock Production Project; 
Trent-Salt Creek Falls Rock Production Project; 
Rock Creek-Joseph Rock Production Project; 
Sale of residence building near Coquille. 
Linn County. Waverley Lake, Albany. Hon. Charles Childs con- 
fers re service road and two approaches to Pacific Uy. Zast. 
Multnomah County. Lonneville Section, Columbia River Highway. 
Acquisition of right of way for permanent location approved. 
Equipment. Old rock crusher to be sold to Fred Domogalla 
unless State Mining Board has use for it. 
Equioment. Six-ton Buffalo Springfield tandem roller. He- 
quest of E. W. Elliott to purchase roller denied, 
Multnomah County. Old Taylor's Ferry Ri, Portland. Hequest 
for construction of stairway to iirs. «artha Redmond's prop- 
erty denied. 
Lincoln County. Siletz-Toledo Section, Homer G. Johnson's 
request for additional comnensation on contract No. 2390 
considered, (See P. 11595. 
Permits. Overload violations, Seaside-Astoria Airport Section. 
Arrest reportere gravel haulers discussed. 
Permits. Emergency wartime permits. Practice of warning 
violators to be continued. 
Motor vehicle legislation. Bill increasing length and weight 
of motor vehicles opposed by Assn. of Oregon Counties. En- 
gineer instructed to watch progress of bill. 


Page Date Subject 
1942 
11343 Dec. 18 Contracts completed and accepted: (Cont.) 
Vista House repairs, Jud Seardsley; 
West Unit, Shaniko-Cow Canyon Section, Porter W. Yett; 
Pendleton-Meacham Rock Production, A. S. Wallace; 
11344 Condon-Morrow County Line Section, F. R. Hewett; 
Wren Rock Production Project, A. T. Dolan; 
Illahee-Steiwer Hill Section, C. J. Montag & Son; 
Eugene-Judkins Point Section, Strong and Macdonald, Inc. ; 
Sun Dial Highway Section, Parker-Schram Co.; 
Air Base-Columbia Bottom Road Section, Parker-Schram Co. 
Meeting dates. January 14, 1943, set for next meeting date. 
Agreements, et cetera, signed as follows: 
U. of 0., re construction of oil service line to campus; 
Max J. Kuney, terminating contract for construction of the 
Warm Springs River-Mill Creek Section; 
11345 Loritan Investment Company, re use by company of portion of 
Oregon Coast Highway right of way south of Marshfield; 
Bennett Trust Co. and L. J. Simpson, re acquisition of 
Shore Acres property south of Empire; 
John V. O'Mara, covering maintenance of drainage facilities 
on Roseburg-Shady Point Section, Pacific Highway; 
Union County Sportsman's Club, covering use by club of por- 
tion of property acquired from State Game Commission; 
Oregon Physicians! Service, covering furnishing of medical 
and hospital services to state highway department employees. 
Jackson County, re maintenance of Evans Creek-Sams Valley 
Access Road; 
Jackson County, re maintenance of Tolo-Camp White Access Rd. ; 
Standard Oil Company of California, covering remodeling of 
company's facilities on Marshfield-North Bend Section; 
City of Cornelius, providing for improvement of city streets 
not on state highway routes; 
U. S. of America, covering easement for construction of sewer 
and power lines across government property, Pacific High- 
1943 way East, between Portland and Milwaxie. 

11346 Jan. 13 Clatsop County. Slide east of Astoria. Attorney instructed to 
secure options for purchase of damaged property; also esti- 
mate of cost to settle by payment of damages. 

Linn County. Waverl2y Lake, Albany. Request of Hon. Charles 
Childs for construction of service road considered, (See 
P, 11352.) 

11347 Polk County. Request of E. L. Gray and Polk County Court for 
improvement of Independence-‘iells County Road and Suver Road 
considered. (See P. 11350.) 

Tillamook County. Request of logging companies to obtain rock 
from right of way of Oregon Coast Highway, along Short Sand 
Reach Creek considered. (See P.11370.) 
11348 Real property. Resolution authorizing acquisition. 
Washington County. Timber on Wolf Creek Highway, near Sunset 
Camp. Oregon Piling Co.'s offer to purchase timber denied. 


11369 


11370 


11371 
11372 
11373 


11374 
11379 


11380 


Date 
1943 
Jan. 14 


Subject 


lfultnomah County. Parking area, Portland. MNaritime Commis- 
sion to be substituted for Oregon Shipbuilding Co. as per- 
mittee under city ordinance if city approves. 

Equipment rental. Walter Butler Co. requests reduction in 
rental, and suggests sale of equipment to Navy. Denied. 

List cf surveys ordered since last meeting. 

Extensions of time, as follows: 

Roy L. Houck, N. Marshfield and Marshfield-Sunker Fill Secs.; 

il. L. O'.eil & Son, Morrow County Line-Stanfield Section; 

E. C. Yall Company, Eugene Overcrossing-Seventh Ave. Section; 

C. J. idontag & Sons, Umatilla River Overcrossing; 

Jacobsen-Jensen Company, South Hermiston Section; 

F. R. Hewett, Boardinan-Stanfield Section; 

F. R. Hewett, Umatilla Ordnance Depot Undercrossing; 

J. F. Johnston, bridges, Lewisburg-Corvallis Section; 

Tower Sales & “trecting Co., Going Stiset Overcrossing. 
Contracts completed and accepted as follows: 

N. Marshfield and Marshfield-2unker ill Secs., Roy L. Houck; 

Morrow County Line-Stanfield Section, ii. L. O'Neil & Son; 

Eugene Cvercrossing-Seventh Ave, Section, E. C. "all Co.; 

Umatilla River Overcrossing, C. J. dontag and Sons; 

South Hermiston Section, Jacobsen-Jensen Company; 

Boardman-Stanfield Section, F. R. Hewett; 

Umatilla Ordnance Dejot Undercrossing, F. R. Yewett; 

Lewisburg-Vorvallis Section, J. F. Johnston; 

Going Street Overcrossing, Tower Sales & Erecting Co. 
Weeting date. February 18, 1943, set for next meeting date. 
Awards. Vhairman announces awards of contracts and sale of 

residence property. 

Tillamook County. Short Sand Beach Creek Section. ae Me 
Logging Co. and J, 0. Mulligan request permission to secure 
rock from right of way. Joint agreement to be prepared, 

Polk County. licTimmonds County Road. Spaulding Log¢ing 
Company requests improvement. Denied. 

Airlie-Pedee Road. Effort to be made to secure federal 

funds for construction. 

log hauling. lerman Sites, ODT, requests additional data re 
overweight violations. Request denied due to expense. 

Clatsop County, Astoria Airport. Navy requests state funds to 
realign highway to accommodate extension of airport runway. 

Hood River County. Traffic signs,. Hood River. State approves 
installation of traffic signs. Resolution adopted. 

Grant County. Seneca. Request of "ines Lumber Co. for erec- 
tion of stop signs on Pendleton-John Day Hwy. approved. 

Pendleton-John Day Yighway. Designated through, stop highway 
by resolution, 

Through highways. List of highways not formally designated 
as through highways to be prepared. Attorney instructed to 
prepare appropriate resolutions designating through highways. 
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11356 
11357 


11358 


11359 


11360 


11362 


Subject 


Award of contracts confirmed, as follows: 

Tolo-Camp White Access Road, Tru-Mix Concrete Company; 
Southwest Boardman Flight Strip, E. C. Hall Co. & J. C. 
Compton; 

Evans Creek-Sams Valley Access Road, Tru-Mix Concrete Co. 

American Assn. of State Highway Officials. Payment of 1943 
dues approved, 

Road condition report. Weekly report to be discontinued. 
Daily radio report to be continued. 

Coos County. Marshfield-North Bend Section. Conference to 
be held with S. P, Co. re settlement for right of way. 

Bids. Defense projects. Resolution adopted re taking of bids. 
Commission's approval to be secured before bids taken. 

Multnomah County. Glencullen. A. C. Barlo's request to con- 
struct bus-stop shelter on Hillsdale-Beaverton Hwy. denied. 

Curry County. Gold Beach. Approval of 80-ft. width right of 
way for highway confirmed, 

Marion County. N. Santian Highway. State to reimburse county, 
if county will maintain Niagara-Detroit Section, 

Coos County. Marshfield. McAuley Hospital requests oiling 
of driveway to hospital. Denied. 

Jefferson County. Warm Springs Hwy. Warm Springs Lbr. Co. re- 
quests surfacing of 4-mile section. Permission granted com- 
pany to improve at own expense. 

Polk County. Independence-Granger County Road. Delegation 
requests elimination of sharp curves. Denied. 

Suver-Airlie Co. Road, Delegation requests improvement. Army 
to be consulted re cooeration in maintenance of road. 
Independence Bridge. Delegation. requests construction, 

Tillamook County. Tillamook. City requests authority to perforn 
maintenance work on city stroets at state expense, 

City streets not on state highway routes. Cities to be allowed 
to perform own maintenance work; state to nay cost. 

Malheur County. Gravel pit. Judge Graham requests state to 
deed back gravel pit to county. Denied, 

Stock pile site. Judge Graham requests state to deed tk site 
to county. Denied. 

Jackson County. Central Point property. Payment of rental 
to S. P. Co. to be continued until deed is delivered to state, 

Klamath County. Terminal City-Algoma Section. Action of County 
Court re portion abandoned by state approved. 

Jackson County. Stock pile site, Camp White. Report on nego- 
tiations with government re disposition of site. 

Curry County. Proposed park at Floras Lake. Condemnation of 
property authorized. Resolution adopted. 

Lane County. Eugene. Settlement with Frank A. hioore, for 
right of way needed for Pacific Highway. 

Lane County. Smithfield-Franklin controversy, re road signs 
on Territorial Secondary Highway, discussed. 


Page Date 


9 
11390 Feb. 18 


11391 


11393 


11394 


11395 


11396 


11397 


11398 


Subject 


Postwar program. Oregon Grazing Dist. No. 6, Baker, urges 
adoption of program of public works for postwar period. 

Benton County. Pacific Highway West, Camp Adair. Claim 
against government for damages to highway. Letter to PRA 
urges reconsideration of claim. 

War Man Power Commission. Letter to Commission declares high- 
way maintenance and repair to be essential activity. 

Log-hauling legislation. Bill penalizing log haulers for 
overweight violations. Substitution of more effective bill 
approved, 

Condemnation. Recommended offers. Resolution adonted: 

Right of way and detour road: Pacific Highway East. 
Right of way: Pacific Highway East. 
Hauling road: Boardman-Stanfield Yighway. 

Multnomah County. Denver Avenue-Union Avenue Traffic Separa- 
tion Project, Portland. Arrangements with Tower Sales & 
Erecting Co. for securing borrow materials approved. 

Douglas County. Umpqua Highway, Reedsport. Russell Hubbard 
confers re request for exchange of properties. 

Multnomah Co. Interstate Bridge. Portland Gravel Co.'s claim 
for damage to dredge through failure to open drawspan denied. 

Multnomah County.: Portland. Conference with city officials. 
Nay 's request for closing of Harbor Drive to traffic denied. 
Navy's request to park cars back of Market Building denied. 

Lincoln County, Siletz-Toledo Section. Homer G. Johnson's 
claim for additional compensation on contract denied. 

Clatsop County. H. A. Hein, Scappoose, complains that well 
has been contaminated by activities in state quarry. 

Emergency transvortation permits. Report on violations. Sec- 
retary instructed to continue to warn overweight violators. 

Coos County. Seven Devils Chrome Mine Access Road. Contrac- 
tor to be required to pay county for roadbuilding materials 
before final payment is made. 

Multnomah County. Traffic signals, Portland. Budget to be 
increased to take care of city's claim for work performed. 

Equipment. Purchase of one tractor loader to replace wheel- 
barrow men approved, 

Klamath County. Sprague River Road. Office of Indian Affairs 
requests state to design bridges, Approved. 

Delinquent accounts. Cancellation of list of accounts approved 
with exception of claim against PUC. 

Public Utilities Commissioner. Claim against PUC for survey 
for steam-heating plant not to be cancelled. 

Multnomah County. Bus-stop shelter, Glencullen. A. C. Barlo 
granted permission to erect shelter, if suitable location 
off right of way can be found. 

Multnomah County. Old Taylor's Ferry Road, S. W. Portland. 

Mrs. Martha Redmond's request to construct stairway denied. 
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Page Date 
43 
11380 Jan. 14 


11381 


11385 


11386 


11387 


11388 


11389 


Subject 


Tillamook County, Tillamook. City's request for installation 
of traffic signals at 2nd Ave. East and Third St. approved, 

Agreements, et cetera, signed as follows: 

Clatsop County and Cities of Warrenton and Hammond, re main- 
tenance of Ft.Stevens-Camp Clatsop and DeLaura Beach Roads; 

I. J. and Nora li. Rossman, covering lease of maintenance 
headquarters site at Florence; 

City streets not on state highway routes. Agreements with 
Beaverton, McMinnville, Gaston, Gresham, Newberg, Inde- 
pendence and Stayton; 

E. C. Hall Co. and J. C. Compton, re contract for construc- 
tion of Morrow County Flight Strip; 

Frank A. Moore and wife, re :acquistion of right of way for 
Pacific Highway south of Eugene; 

Quitclaim deed conveying unto U. S. of America 8.64 acres 
situate within the borders of Camp White, Jackson County. 

Real property. T. M. Davis, PRA, approves prices to be paid 
for parcels in wiich federal government is interested. 

Real property. Resolution authorizing acquisition. 

Personnel. Women to be trained in operation of motorized 
equipment. Apprentice wage to be paid while learning; stand- 
ard wage when assigned to crew. 

Personnel. Convict labor. Legality of employing on seasonal 
crews to be investigated. Conference to be held with Gov- 
ernor, Warden and Parole Board. 

Log-hauling legislation. Engineer advises highways cannot be 
maintained under terms of Bill which would determine weight 
of loads by log-scale measure. 

Cottage Grove legislation. Bill re closure of certain streets 
in Cottage Grove. City requests compromise on streets to be 
closed. Denied. 

Bids received on following projects: 

Ochoco Summit Rock Production; 

Crescent Rock Production; 

Chemult Rock Production; 

S. W. Grover St. Access Road, Portland, grading and paving. 

Maintenance projects. 1943 program of special maintenance 
projects approved. Advertising for bids authorized. 

Benton County. Albany-Corvallis Hwy. Building of Mrs. Flor- 
ence Staley, destroyed by crew in removing from right of way, 
to be replaced by state-owned building. 

Baker County. Troy Ranch. Troys agree to damage settlement if 
certain work is performed. Work authorized subject to approv- 
al of Division Engineer. 

Umatilla County. Pendleton Airport. Lease of tract to govern- 
ment approved for five-year period. 

itultnomah County. Interstate Bridge. Claim against Carl Mey- 
ers, whose car was forced into traffic barrier by another 
car, to be transferred to second car. 


11409 Feb, 18 


11410 


11411 


11412 


11413 
11414 
11415 


11416 


Subject 


Linn County. Brownsville Section, Halsey-Sweet Home Secon. 
Hwy. County accepts jurisdiction of abandoned portion. 

Douglas County. City of Reedsport accepts jurisdiction over 
abandoned portions of Oregon Coast and Umpqua Highways. 

Lincoln County. Olalla Creek-Toledo Section, Corvallis-Newport 
Hwy. County accepts jurisdiction over abandoned sections. 

Jackson County. Pacific Highway, Bear Creek-Talent Section. 
County accepts jurisdiction over abandoned section. 

Josephine County. Rogue River Loop Secon, ‘hy. Request of 
Senator Wipperman for postwar pro ject approved, 

Postwar projects. Engineer instructed to prepare program of 
projects for state secondary highways. 

Secondary highways. Program of postwar projects to be pre- 
pared. 

Yorrow County. Lexington-Jarman, Eightmile, and Hardman Secon. 
Hwys. Henry Baker requests repair, and posting of load limits. 

Sherman County. Cottonwood Grade Section, Wasco-"eppner Sec- 
ondary Hwy. G. S. Burris requests improvement work. 

Park matters, State Parks Superintendent reports. 

Champoeg Park. Legislature transfers jurisdiction to Highway 
Comaission. Jurisdiction accepted, 

Douglas County. Sparrow holdings. Timber strips, Oregon 
Coast Highway. Commission decides not to purchase. 

Elbow Lake tract. Commission decides not to purchase. 

Curry County. Floras Lake. Purchase of 1400 acres from 
Blacklock Sandstone Company approved. Negotiations for 
Sweet property to be continued. 

Jefferson County. The Cove State Park. James Grino's request 
for sheep-grazing privilege denied, 

Curry County. Cape Sebastian Park, Arthur G. Walker's re- 
quest for sheep-grazing privilege approved. 

Multnomah County. Vista House, Crown Point, Salary of $75 
approved for Edw. L. Dimmitt, concessionaire, for duration 
of war. 

Umatilla County. Pendleton-John Day Highway, in vicinity of 
Camas Creek. Options to be taken on timber strips. 

Park budget for 1943. Budget approved. To be added to main- 
tenance budget previously approved. 

Surveys. List of surveys ordered since last meeting. 

Surveys. List of completed surveys. Resolution adopted. 

Extensions of time, as follows: 

Edlefsen-Weygandt Co., Clay St.-Sheridan St. Sec., Portland; 
Birkemeier & Saremal, west approach to Morrison St. Bridge; 
Edlefsen-Weygandt Co., Ankeny St.-Washington St. Sec., 
Portland ; F 

Berke Brothers, S. Unit, Antelope Creek-Medford Section; 

E. C, Hall Co. & J. C. Compton, Lewisburg-Corvallis Section; 
J. F. Johnston, widening bridges on Suver-Lewisburg Section. 
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Subject 


"The New Oregon Trail" film to be loaned to U. S. Division of 
Cultural Relations, Department of State, Washington, D. C. 

Linn and Marion Counties. Mehama-ifill City Section of North 
—- Highway designated secondary highway. Resolution 

opted, 

Marion County. Gates-Detroit Section, North Santiam Highway. 
County to do maintenance work, State to pay expense. 

Klamath County. Chemult-Chiloquin Section. Relocation survey 
approved if federal funds can be secured, 

Lane County. Goshen-Pleasant Hill Section of Willamette High- 
way. Sale of Trinka property to Robert T. Reed approved. 

Snow slide, Hogg Pass. Closure of Marion Creek-Suttle Lake 
Section of North Santiam Highway approved, 

Jefferson County. Form of option approved in connection with 
sale of 21.43 acres of land to government. Resolution adopted. 

Awards, Chairman announces awards of contracts. 

log hauling. Cannon Beach Section, Request of Geo. R. Van 
Vleet and A. F. Koppisch for permission to haul overlength 
loads approved under special arrangement for one-way traffic. 

Clatsop County. Curve near Haystack Rock, Oregon Coast Highway, 
Geo. R, Van Vleet requests widening of curve. 

Multnomah County. Vanport traffic entering Swift Secondary Hwy. 
Widening of highway and construction of approach mads approved. 

Snow removal. Mt. Hood Highway. Jaymar Wholesale Lbr. Co.'s 
request for opening of road approved, if company will agree 
not to haul logs or equipment over road until authorized. 

Umatilla County. Freewater. Professor Gooding's request for 
removal of stop signs at railroad crossing approved. Signs 
to be replaced during prune season. 

Sign removal, metal salvage. Oregon Roadside Council advises 
inability to secure removal of signs. 

Curry County. Gold Beach C. of C. urges support of legislation 
to keep Rogue River closed to net fishing. 

idultnomah County. Battleship Oregon Marine Park, Portland. 
Request for redesigning of park to make room for battleship's 
foremast approved. City to be consulted re financing. 

Multnomah County. Portland. Application of Ben M. Hecht for 
use of parcel of land for victory garden approved. 

Lane County. Thompson Creek, Siuslaw Highway. Request of 
Wm. G. Folsom for extension of lease approved, 

Klamath County. Payment of Klamath County Abstract Co.'s 
claim for furnishing preliminary title reports approved. 

Tillamook County, Property south of Neskowin. County Court's 
request for return of property deeded to state denied. 

Linn County. Crawfordsville-Holley Section, Halsey-Sweet Home 
Secondary Hwy. Resolution adopted abandoning portion. 

Jackson County. City of Talent accepts jurisdiction over aban- 
doned section of Pacific Highway within city limits. 

Josephine County. Williams Secondary Highway. County Court 
accepts jurisdiction over abandoned portion. 


Page Date 


11421 


11427 


11429 


11430 


1943 
Mar. 17 


Sub ject 


Office of Defense Transportation. Governor to be advised of 
Coumission's attitude toward Order of ODT re speed & weight 
of vehicles carrying war shipments. 

Jackson County. Medford. Improvement of Edwards Street ap- 
proved subject to WPS8's approval of project for materials. 

Linn County. Santiam Highway, Wiley Creek Bridge. Foster 
Booming Co.'s request to flood right of way under bridge 
and construct logging railroad under highway approved. 

Baker County. Troy Ranch Property settlement. Troys agree to 
settle for $2500 if state will agree to maintain ditch. 

Personnel. Draft deferments, Policy of requesting deferment 
of key men to be continued. 

Convict labor. Matter of employment on state highway work 
discussed. 

Curry County. Naval landing field, Floras Lake Park. Lease to 
federal government under state sponsorship approved. 

Curry County. Floras Lake Park Landing Field. Delegation urges 
county sponsorship of project, Purchase from state requested. 
State's legal authority to sponsor airbase to be investigated. 

Curry County. Oregon Coast Highway. Elmer Bankus offer to 
sell timber strips. Matter to be investigated. 

Coos County, Shore Acres, Cape Arago Secondary Hwy. Lease 
to U. S. Army approved, 

Curry County, Cape Sebastian State Park. U. S. Army to 
lease property now being occupied by army personnel, 

Lincoln County. Troop shelter near Waldport. Permission grant- 
ed army to use portion of right of way of Oregon Coast Hwy. 

Parks. Encroachment of army and coast guard on state park 
property discussed, Agreements covering use of property 
by government to be prepared. 

Harney County. Judge Higgs requests assistance in maintenance 
of market roads. Also better maintenance of secondaries, 

Bond, R. H. Baldock, Selection of insurance companies to 
participate in increased bond discussed. List of eligible 
companies to be furnished Commissioners. 

Load limit. Removal of load limit on Central Oregon Highway 
between Bend and its junction with Lakeview-Burns Highway 
reported. 

Load limit, 1I.0.N. and Jordan Valley Secondary Highways. 
Resolution adopted reducing load limit. 

Claim. Ralph R. Gibbs, Broadbent, claims damage to property 
from blocking of highway culvert. Payment of claim approved, 

Permit. Wedderburn Water Co. requests permit to install water 
pipe on sidewalk of bridge over Rogue River. 

Tillamook County. (City of Tillamook requests repair of city 
streets damaged by heavy hauling. Increase in budgeted 
amount for Tillamook approved, 

Linn County. Lebanon, Increased amount for repair of city 
streets damaged by heavy hauling appro ved, 


i LEED EOL 


Subject 


Contracts completed and accepted, as follows: 

Clay St.-Sheridan St. Sec., Portland, Edlefsen-Weygandt Co.; 

Morrison St. Bridge approaches, Birkemeier & Sarenal; 

Klamath Falls Rock Production Project, Rogers Construction Go.; 

Ankeny St+Washington St. Section, Portland, Edlefsen-Weygandt 
Company; 

Section "A", South Unit, Antelope Creek-Medford Section, Berke 
Bros. ; 

Lewisburg-Corvallis Section, E. C. Hall Co. & J. C. Compton; 

Suver-Lewisburg Section, widening bridges, J. F. Johnston. 

Agreements, et cetera, signed as follows: 

D & ¥ Logging Company covering construction of logging road 
across Short Sand Beach State Park, Tillamook County; 

Porter W. Yett providing for stock-piling of crushed rock by- 
products on property owned by Gladys Schmidt Estate; 

Shaniko-Cow Canyon Section, Sherman Highway, Wasco County; 

Marion County, providing for maintenance of North Santiam 
Road between Gates and Detroit; 

Robert T. Reed, providing for sale to Mr. Reed of property 
near Goshen, acquired from Joseph Trinka; 

City agreements with following towns covering work to be per- 
formed on city streets: John Day, Jefferson, Vernonia, 
Canyon City and Central Point; 

Klamath Indian Agency, permit for state to use tribal lands 
as quarry, stock-pile site and hauling road; 

U. S. Government, form of option covering sale to government 
of 21.43 acres of land in Jefferson County; 

Ba¥gain.and sale deed conveying unto Southern Pacific Company 
property in Block 2, Villa Heights Addition to Portland. 

Meeting date. March 18, 1943, set for next regular meeting 
date. (Later changed to March 16 and 17, 1943.) 

Multnomah County. Denver Avenue-Union Avenue Traffic Separa- 
tion project, Portland, to be advertised for bids to be re- 
ceived at next meeting. 

11419 Mar.16 Special meeting in Imperial Hotel. 

T. H. Banfield, appointed by Governor Snell to complete term of 

Henry F. Cabell, resigned, elected Chairman of Commission. 
11420 Mar.17 Bids received on following projects: 

Lewis and Clark Bridge, near Astoria, replacing pier fenders; 

John Day Rock Production Project; 

Drinkwater Pass-Juntura Rock Production Project; 

Crescent Rock Production Project; 

Aurora Flight Strip, clearing approach & side clearance zones; 

Denver Avenue Junction Section. 

Umatilla County. City of Milton requests aid in drainage prob- 
lem, Oregon-Washington Hwy. State to assume 50% of expense. 

City streets not on state highway routes. Commission decides 
to perform such work as is planned for current year, 

Emergency transportation. Order of ODT discussed, 

Speeds exceeding 35 miles per hour approved for war shipments, 

Weights exceeding emergency permits opposed. 
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Page Date Subject 
1923 
11444 Mar. 17 Park matters, State Parks Superintendent reports as follows: 

Park financial report. Monthly statement approved, 

Juniper wayside strips, Renewal of Agreement with Grazing 
service re preservation of following juniper strips approved: 
Bend-Horse Ridge Sec., of Central Oregon Highway; 
Sisters-Redmond Section of McKenzie Highway; 
Redmond-Prineville Section of Ochoco Highway. 

Permit. Tree Cutting. Mountain States Power Co.'s request 
to fall danger trees that interfere with power line approved, 

Tillamook County. Short Sand Beach State Park, Request of 
A. F. Koppisch to purchase 20-acre timber tract. 

Curry County. Azalea State Park at Brookings. Sale of cord—- 
wood at park to local residents approved, 

Salary and wage schedule. Changes effective April 1, 1943, 
approved, 

Personnel, Change to 48-hour week approved for shop crews, 
employees in district maintenance office, survey and con- 
struction engineering personnel, 

Personnel. Plan to change work week for traffic and engin- 
eering personnel to 48 hours and give 9% salary increase 
discussed, 

Surveys, List of. surveys ordered since last meeting. 

Surveys. Resolution adopted approving surveys completed, 

Extensions ‘of time as follows: 

Fisher Bros., E. Unit, Dixie Summit-Austin Section; 
Edlefsen-Weygandt Co., Washington St.-Clay St. Section; 
Max J. Kuney Co., Warm Springs River-Mill Creek Section; 
O. N. Pierce, widening of N. Burgard St. Overcrossing. 

Contracts completed and accepted, as follows: 

E. Unit, Dixie Summit-Austin Section, Fisher Bros,.; 
Washington St.-Clay St. Section, Edlefsen-Weygandt Co.3 
N. Unit, Wrights Point-Narrows Sec., M. L. O'Neil & Son; 
Warm Springs River-Mill Creek Section, Max J. Kuney Co.; 
N. Burgard Street Overcrossing widening, 0. N. Pierce. 

Agreements, et cetera, signed as follows: 

California-Oregon Power Co, covering relocation of electric 
line along Tiller-Trail Hwy., in Douglas County; 

U. S. Government lease covering property on Sexton Mountain 
being occupied by Aeronautics Administration; 

U. S. Government. License granting government right to 
use and maintain a trail Sexton Ntn., Josephine Co, 

War Department, Camp Adair, covering rental of state-owned 
equipment; 

Application for change of water right on property at Union 
recently acquired from Game Commission; 

Slide Irrigation District, covering petition to exclude 
lands from district to eliminate payment of irrigation taves; 

W. W. Jones, covering lease of gravel pit on Hooker Creek- 
Jordan Valley Sec. of the Jordan Valley Secondary Highway; 
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Wallowa County. Request of Grazing Service for improvement of 
Robinette-Homestead Highway denied, 

Red Ledge Mine Access Road, Grazing Service to be advised 

to apply to federal government for access road funds, 

Traffic scales, Medford. Request of Pierce Auto Freight Lines 
to use state scales denied, 

Malheur County. Ontario, City requests approval of accumula- 
tion of funds for several years to finance oiling of streets. 

Lane County, Judkins Point-Springfield Sec. J. F. Oldham 
™ .1s highway work may result in damage to his property. 

log hauling. Pope & Talbot, Inc. request modification of rules 
re furnishing flagmen in connection with hauling long piling. 

Real property, Resolution authorizing acqisition approved 
subject to following conditions: 

Borrow pits. Denver Avenue-Union Ave. Project. Following 
tracts to be purchased only if required by contractor: 
Joseph L. Hastings; 

Jessie H, Harrington. 

Timber strips, Pendleton-John Day Hwy. To be purchased 
from Pilot Rock Lbr. Co. only if exchange of properties 
with Forest service cannot be effected, 

Condemnations. Recommended offers, Resolutions adopted: 
Right of way and easements: Pacific Highway East; 

Right of way: Pacific Highway East; 

Glide easements: Aurora Flight Strip. Resolution adopted. 

Umatilla County. Pendleton-John Day Highway. Purchase of 
timber strip from Pilot Rock Lumber Co, approved if exchange 
of properties cannot be arranged with Forest Service, 

Multnomah County, Francis Northrup requests state to join in 
vacation of portion of East 26th Street, Portland, 

Jackson Co. Creter Lake Hry., Madford. Abendonment Resolution. 

Douglas County. Rice Hill Sec, of Pacific Highway. County 
elects to abandon section which was abandoned by state, 

Coos County. Charleston. Mrs. Bertha M. Prelwitz makes offer 
for small building on state property. 

Marion County. Pacific Highway south of Salem. Christian 
Ramseyer property to be put up for sale, 

Real property, Sale of various parcels of property acquired 
in purchasing right of way approved, 

Multnomah County, Front Avenue Project, Portland, Sale of 
parcel of land to Huntington Rubber Mills approved subject 
to certain reservations. 

Lane County, Tenmile Creek, Oregon Coast Highway. Exchange 
of properties with Geo. Stonefield approved, 

Permits, Victory gardens, Form of permit for use of state- 
owned property for garden purposes approved, 

Douglas County. Reedsport, Request of Russell Hubbard for 
exchange of properties adjacent to Umpqua Hwy. considered, 

Awards, Chairman announces award of contracts, 

Gillam County. Cottonwood Grade Sec., Wasco-Heppner Secon, 
Hwy. J. S. Burres requests widening and improvement. 


Salem, Oregon, August 14, 1942 


The State Highway Commission met in special session at 2:00 o'clock 
p. m. in the office of the State Highway Engineer, Room 325, State Office Build- 
ing. Present were: 


Henry F. Cabell, Chairman 

Herman Oliver, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


Commissioner Huron W. Clough arrived later. 


The bid of Babler Brothers, contractors, Portland, in the amount of 
$4,500, for 1.14 miles of oiling on the Shaniko Section of the Sherman Highway, 
in Wasco County, was opened and read in conformity with previously published 
notice. Action on this bid, which was the only bid received on this work, was 
deferred by the Commission until later in the session, pending investigation 
by the Engineer with respect to the unit prices bid on certain items. (Con- 
tract was awarded to Babler Brothers later in the day). 


Following the disposal of this matter the Commission immediately con- 
ferred with Governor Charles A. Sprague and members of the lumber industry in 
the Board of Control Room, State Capitol, regarding matters pertaining to the 
transportation of logs over state highways. Representing the State Highway 
Department at such meeting were all three members of the Commission, the State 
Highway Engineer, the Attorney, and the Secretary. Present in behalf of the 
lumber industry were the following: Fred W. Packwood, Attorney, and T. H. 
Mills, representing the Columbia basin loggers; Truman Collins, representing 
the Ostrander Railway and Timber Company; Faye Abrams, representing the Booth- 
Kelly Lumber Company; H. C. Patton, representing the Hammond Lumber Company; 
“R. A. Jeub, representing the Smith=Wood Products, Inc.; and H. J. Cox, A. W. 
Priaulx, and C. 0. Marsten, representing the Willamette Valley Lumber Assoc- 
iation; Senator F. M. Franciscovich, Attorney, Astoria, representing the 
Clatsop County Loggers; and Mr. J. R. Frum, representing the Crown Zellerbach 
Corporation. Mr. Packwood headed the group and introduced the individual mem- 
bers whom, he said, represent the lumbering industry throughout nearly all of 
the state. 


Governor Sprague opened the meeting by explaining that it was called 
for the purpose of considering the question, "how can the greatest number of 
logs be furnished the mills without unduly breaking up highway bridges and road 
surfaces." He stated his realization of the problems that the logging industry 
is facing and acknowledged receipt of numerous appeals and complaints with 
respect to the enforcement of the requirements as set forth in statutes and as 
promulgated by the State Highway Commission in so far as they have to do with 
the operation of logging trucks on state highways. He pointed out that his 
interests and those of the State Highway Commission ere the providing and the 
maintaining of the transportation system of the state, and explained that it 
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Agreements, et cetera, signed as follows: (Continued) 


Suhr's Flower Farm, covering lease of maintenance headquar- 
ters site at Troutdale; 

A. E, Troutman, covering renewal of stock-pile site lease 
on Maupin Section of The Dalles-California Highway; 

Department of Interior, covering application for lease of 
maintenance site in Deschutes County; 

U. S. Amy, lease of property located near. Pendleton 
as headquarters for WAACS. 

City streets not on state highways. Agreements for 1943 
work in following cities or towns: Amity, Condon, 
Hillsboro, Silverton, Union, Cove, Elgin, Jordan Valley, 
Seaside, Prairie City, Rainier, Lakeview, Chiloquin, 
Coquille, Empire, Port Orford and Joseph; 

U. S. Department of Interior, Grazing Service, providing 
for protection of juniper waysides along McKenzie and 
Ochoco Highways; 

U. S. Dept. of Interior, Grazing Service, providing for 
protection of juniper waysides along Central Oregon Hwy.; 

Bargain and sale deed conveying to U. S. Government 21,43 
acres of land situate in Jefferson County; 

Bargain and sale deed conveying to Jackson County 1.7 
acre of land, in Jackson County; 

Bargain and sale deed conveying to Clackamas Cemetery 
Association 0,34 acre of land, in Clackamas County. 


Meeting date. April 8, 1943, set for next meeting date. 


(Later advanced to April 6 and 7.) 


also said that the Commission would be glad to spend more money to maintain the 
road surfaces in good condition for transportation of loads of greater gross 
weight, if it were possible to do so. Howewer, the Commission is confronted 
with a shortage of labor and equipment and with governmental control of mater- 
ials and supplies, which are a major handicap to the proper functioning of the 
maintenance organization. He added that the Commission is now allowing an over- 
stress as high as 50 per cent on roads and structures and cannot increase this 
limit without increasing the dangers of road-surface failures and the collapse 
of bridges. The bridge matter, he said, is particularly serious. He also men- 
tioned that the Highway Commission feels that it must cooperate with the feder- 
al agencies, particularly with the Office of Defense Transportation, in their 
efforts to preserve rubber, and pointed out that the gross loads now authorized 
by the Commission are, in some instances, in excess of those allowed by the 
Office of Defense Transportation. 


As to problem number two, which has to do with the enforcement of the 
rules and regulations, he gave as his thought that the allegation, that the four- 
day suspension of log-hauling equipment for overloading is working a hardship 
on the lumbering industry, is an exaggeration. In support thereof, he quoted 
the following from a report of the operations of state weighmasters covering 
seven days of actual weighing of logging trucks between August 1 and 10,1942, 
during which period 3,952 loads were weighed at ten weighing stations: 


Total number of loads weighed 
Number of trucks involved 
Total violations 52 or 1.31% 


Violations requiring surrender of PUC plates - - - 1l or 0.28% 
Average number of trucks hauling logs daily - - - - 3,741 
Average number of trucks weighed daily 314 or 8.4% 
Average number violations daily requiring 

surrender of PUC plates 1.57 or 0.04% 


He pointed out that, according to this report, an average of only six trucks 
are suspended from operating in every four-day period which, in his estimation, 
is a very low percentage considering the total number of trucks that are en- 
gaged in this business. 


The Commission, he said, would like to modify the present penalty if 
some means of enforcing the load limits other than the suspension of the equip- 
ment could be provided. He suggested that it would be helpful if the logging 
and lumbering industry would ask their employees to be particularly careful so 
as to avoid overloading, and that it would also help if Justices of the Peace 
would impose fines large enough to hurt the violator but not to the detriment 
of the lumber industry. However, in the past, the Commission has found it dif- 
ficult to secure sufficient penalties from the Justices of the Peace to make 
@ violation a hardship on the operator. He repeated that the Highway Commission 
would be very happy if the problem can be solved in some manner that would not 
require the suspension of the hauling equipment, and added, that if the precent 
practice of taking equipment out of service for four days should be discontinusc 
now would be the time to try it when the roads are in good condition, it being 
understood thst the present penalty would be restored in the event the arrange- 
ment did not prove satisfactory. 
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is the object and purpose of the Highway Commission, in which he concurs, to 
maintain highways in a usable condition for all classes of traffic. The main- 
tenance problem, he said, is acute because of present war-time conditions, and 
the Highway Department has a difficult problem of maintenance due to shortage 
of labor and inability to secure necessery equipment and supplies on account 

of the priorities. Further, that the Highway Department is functioning under 

a serious handicap anc is maintaining the highway system under very adverse and 
trying conditions. 


Governor Sprague also mentioned the penalty that is imposed on viola- 
tors of the rules and regulations set forth for log haulers and referred partic- 
ularly to the rule that requires the surrender of the PUC plates and the tying 
up of a truck for a period of four days for a gross overload. Such penalty in 
the past, he said, has not caused a severe hardship on the lumber industry as 
a whole; however, the situation has now changed on account of the war emergency, 
and it is alleged by certain groups that the enforcement of the penalty is 
seriously affecting delivery of the logs to the mills and the filling of emer- 
gency war orders; in fact, that the industry is now facing a shortage of logs 
this winter which situation could be improved if the penalty were dispensed 
with. He reiterated that the purpose of this meeting is to consider, from the 
standpoint of national defense, how a steady flow of logs to the mills can be 
maintained, providing for the continuous operation of logging trucks, while 
still preserving the road surfaces and highway structures without damage for 
the use of the general public. Governor Sprague stated his feeling that the 
Highway Commission would be responsive to any suggestions that will be helpful 
in the solving of this problem in the interests of the logging industry and the 
lumber business, which will not result in the too-rapid exhaustion of the capital 
that has been invested in the highway system. 


The meeting was then turned over to the State Highway Commission. 
Chairman Cabell presided. He stated that members of the Highway Commission are 
in agreement with the remarks made by Governor Sprague and that it is the desire 
of this Commission to cooperate to the fullest extent so as to allow the maxi- 
mum use of log-hauling equipment in the transportation of logs to the mills, 
and that the Commission wants to permit the maximum use of such equipment that 
is consistent with the preservation of road surfaces. The question, he said, 
is to so belance the use of the equipment with the maintenance of the highways 
for the maximum good of everyone concerned. This, he added, involves two 
questions: first, are the presently established maximum load limits as great 
as is possible to permit them; secondly, are the logging trucks being unneces- 
sarily delayed in connection with the enforcement of the rules and regulations, 
particularly at the weighing scales. 


In answer to the first question, he stated that the Commission is now 
permitting gross loads up to the limit to which it is possible with due regerd 
to preservation of road surfaces and bridge structures. Gross loads in excess 
of the presently established maximum, he said, could be transported over state 
highways for a short time, but the added stress on the road fatilities would 
soon destroy them end, as a result, the predicament of the logging and lumber- 
ing industries then would be much worse than it is at the present time. He 
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At the request of Governor Sprague, Mr. Jeub advised of the conditions 
prevailing in the Coos Bay district. He said that their main complaint is that 
PUC plates are taken away from the loggers whose loads weigh less than five 

per cent in excess of the allowable weights. He further stated that there is 

a big shortage of logs in his district, the present supply being 50 per cent 
below normal, and something must be done to increase the flow of logs to the 
mills; otherwise the mills will have to close down during the winter, it being 
necessary because of weather conditions to store logs during the summer for 
winter operations of the mills, He concurred in the suggestions of the other 
speakers with respect to the cancellation of the four-day suspension penalty 
and the penalizing of the violators by fine only. 


Further suggestion was offered by Senator Franciscovich as follows: 
that the Highway Commission do not take out of service the logging trucks that 
are involved in overweights, but resort to the fine penalty only and, if the 
Justice of the Peace who imposes the fine does not cooperate by requiring a 
fine in sufficient amount, then that the plates be taken away from the logzing 
operator for the regular period. 


Mr. Frum stated that a check of logging trucks that work for his com- 
pany reveals that the time lost by these trucks at the highway depertment 
scales aggregated between thirteen and fourteen hours per truck per month, 
which would account for a great many loads of logs during that period. The 
lost time, he said, is not all accounted for by the actual weighing of the 
trucks, but includes the time lost in slowing down at the truck scales and 
getting under way again after the weighing. He gave as his thought that about 
75 per cent of the lost time could be recovered if the weighmasters were not 
required to weigh all loads. 


Chairman Cabell concluded the meeting by stating that the Commission 
would give this matter serious consideration and hoped to be able to arrive at 
& solution in the very near future. 


The meeting was adjourned at 3:15 p. m., following which the Commis- 
sion reconvened in Room 325, State Office Building, for disposal of routine 
matters, all Commissioners being present and participating. 


Reconsideration was given by the Commission to the matters brought 
out in conference in the office of the Board of Control, with respect to truck- 
hauling of logs over state highways. After considerable discussion the Commis- 
sion decided unanimously to discontinue the prectice of taking up the plates 
of logging operators that are found to be transporting loads weighing in ex- 
cess of the allowable limits. Such modification is to be put into effect on 
Monday, August 17, 1942. 


The Commission also decided to continue the weighing of all loads of 
logs except in cases where such weighing causes a grouping of logging trucks 
at the scales and creates a hazard to other traffic. On such occasions, the 
Commission authorized the "waving by" of those trucks which, in the judgment 
of the weighmasters, are not carrying loads in excess of the allowable weigh*. 
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Mr. Mills quoted statistics to show that the inventory of logs taken 
out this year by the Northwest logging industry in the Columbia River district 
is only 50 per cent of that taken out a year ago, and advised that the same 
condition obtains in the Puget Sound area. This is positive evidence, he said, 
that the lumber industry is in a serious predicament, particularly considering 
that the demand for lumber is greater this year than it was last year. The 
Highway Commission, he said, is not in a position to assist the lumbering in- 
dustry in their problems of securing repair parts and equipment; however, it 
is felt that the Commission could render considerable help by modifying the 
rules and regulations that govern the transportation of logs to the mills, so 
as to permit a continuous flow of logs to the mills, which then could keep 
running without interruption. He suggested the discontinuance of the penalty 
which takes a truck out of service for four days on account of a gross-weight 
violation, and the substitution therefor of a penalty based on fine only. He 
held no brief for the willful violator of the requirements; however, gave as 
his opinion that the penalty now imposed on the violator whose gross loads do 
not exceed the allowable load more than two or three hundred pounds is too se- 
vere. He also suggested modification of the regulations which provide for the 
weighing of each load of logs by highway department weighmasters so as to avoid 
delays on that account. 
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Ki Responding thereto Chairman Cabell advised that the Highway Commission 
fa is favorable to discontinuance of the suspension penalty, if some other way can 
b be found to secure reasonable compliance with the regulations. He again 

i suggested the doing away with the four-day penalty as a trial proposition to 

4 ascertain the reaction thereto by the operators; however, advised that it would 
be necessary to continue the present practice of weighing all loads inasmuch 

as that is the only way in which a fair comparison can be made. Under this 
method, he said, all violations would be cited to the Justices of the Peace, 

who would impose a fine as a penalty in each instance. 


Senator Franciscovich gave as his opinion that the State Highway Com- 
mission has gone as far as it possibly can in the matter and, in his estimation, 

: should not be asked to increase the present allowable gross weights. The para- 
mount need at the present time, he said, is modification of the penalty for gross- 
load violations so as to expedite the delivery of logs to the mills. He suggested 
the cancellation of the four-day penalty and the order that requires weighmas- 
ters to weigh every load of logs that passes the scales. He gave as his thought 
that weighmasters, with a little experience, would be able to judge the approx- 
imate weight of a load of logs by inspection rather than by actual weighing, 

} which would necessitate the weighing of only such loads which, in their judgment, 

appear to be in excess of the approved weight. Such arrangement, he said, would 

eliminate the grouping up of trucks at the scales and the losing of time for 
weighing operstions, and would enable each operator to deliver two or three more 
loads of logs to the mills each day. 


Chairman Cabell doubted such a saving of time and gave as his thought 
that the practice of weighing all trucks should be continued at least for the 
time being, although there is some justification for a modification of the pres- 
ent rules to provide for the waving on of trucks in the event of congestion of 


traffic. 
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things, for the moving of the barn, for which he was to be paid the sum of 

00. However, before the moving operations were commenced the barn was 
destroyed by fire, notwithstanding which Mr. Stafford demands payment of the 
$600.00. Subsequent investigation reveals, he said, that the barn was insured 
in the amount of $700.00, and that Mr. Stafford has collected such sum from the 
insurance company, and has also collected the sum of $400.00 insurance that he 
carried on the contents of the building. He requested instructions in view of 
the circumstances and recommended that the payment be not allowed. The Com- 
mission approved’ the recommendation subject to the condition that it has no 
legal obligation to pay Mr. Stafford, or unless the Commission is reauired to 
pay him by court order. 


The Engineer also reported on his inspection of the Leonard and Slate 
contract No. 2483 for the construction of the Boswell Ranch-Follett Ranch Sec- 
tion of the Wallowa Lake Highway, in Union County, in company with Commissioner 
Oliver. As a result of this inspection and subsequent conference with the con- 
tractor, he said tentative arrangements were made with the contractor to pro- 
ceed with the work on the following basis: the state is to rent to the con- 
tractor one crushing plant, complete or in part as needed. The plant is to be 
transported, set up and operated by Mr. 0. C. Yocom, subcontractor. The state 
is to charge a reasonable rental for the equipment and is to furnish all neces- 
sary replacement parts for which the contractor will pay. No rentel is to be 
charged while the plant is shut down for want of repair parts or supplies. The 
plant is to be set up at the east end of the project in a new quarry to be ac- 
quired by the state, and the state is to pay the contractor an additional ten 
cents per ton for crushed rock furnished from this source, because of the extra 
hauling involved.. The contractor is not to be required to start operations on 
this project until he has completed the contract on the Santiam Highway, and no 
penalties are to be imposed for overrun of the specified time limit. The state 
is to accept the project as completed when the surfacing is finished and the 
necessary mineral aggregate is placed in stock piles. The oiling work is to be 
cancelled from the contract because of difficulties in securing oil for the job. 
The price to be paid for mineral aggregate in stock piles is to be one-half of 
the unit price contained in the bid by the contractors for mineral aggregate 
in place. He recommended approval of this arrangement in view of the fact that 
this is not.a project needed in connection with national defense and therefore 
is not entitled to a high priority rating, making it difficult to secure equip- 
ment, repair parts, materials and supplies that are needed for the job. The 
Commission considered the arrangement outlined by the Engineer to be the best 
possible to obtain under the circumstances, and thereupon by unenimous vote ap- 
proved the recommendation. 


A request was presented from Major Theron W. Bean, officer in 
charge of the Camp White Army Cantonment at Medford, for the construction of 
right of way fences along state highways throughout the cantonment area. The 
Engineer advised that to do what Major Bean requests will take about 1600 rods 
of fence, which, at $2.00 per rod, will cost about $3,200, exclusive of the 
fence wire which Mejor Bean states will be furnished by the government. He 
recommended approval of the request. The Commission approved the recommenda- 
tion. 


The Commission deferred a decision whether or not it will discontinue the weigh- 
ing of all logging trucks pending a report from the Engineer at the next meet- 
ing. The Engineer was thereupon instructed to conduct an experiment in the 
meantime so as to determine whether or not such method of handling the situa- 
tion will prove satisfactory. 


Reconsideration was also given by the Commission to the bid received 
from Babler Brothers at the beginning of the session, for the oiling of the 
Shaniko Section of the Sherman Highway, in Wasco County. The Commission by unan- 
imous vote awarded the contract to Babler Brothers at their bid of $4,500 upon 
recommendation of the Engineer, who advised that a study of the bid reveals that 
it is in conformity with the Commission's requirements with respect to this job 
and is within the estimated cost of the project. 


The Commission by unanimous vote approved minutes of the meetings held 
on March 19 and 20, April 1 and 2, and April 30, 1942. 


The Engineer brought up for discussion the matter of requesting occupa- 
tional deferment for "key men" who are employed in the maintenance department. 
He advised that the Highway Department is losing many of its maintenance men 
by reason of enlistments and the draft and, if something is not done to maintain 
the organization, it will not be long before a serious condition develops. He 
requested authority to ask deferment of 466 maintenance men who are under 45 
years of age. The Commission approved the request by unanimous vote. 


The Engineer reported on investigations that have been made of the 
request of Mrs. Kate MacDonald, Dayville, for the improvement of her irrigation 
ditch, which she alleges was severely damaged during the construction of the 
Ochoco Highway across her property. He recited the history of this case and 
advised that repairs would cost about $1500.00. The Commission questioned if 
the state is liable for this expense in view of the fact that the right of way 
for the project was originally acquired by Wheeler County at the time that the 
highway was constructed in 1930. Assistant Maintenance Engineer, W. W. Stiffler, 
who was present, advised that he personally has investigated this matter and is 
convinced that the state is liable. The damage, he said, was done by the state's 
contractor when the highway was built and was never properly repaired, notwith- 
standing that Mrs. MacDonald has called the matter to the attention of the local 
highway department employees annually since then. He suggested approval of the 
repair work, which consists principally of reconstructing the diversion dam and 
the intake to the irrigation ditch, not only because he considers the state 
liable, but in order to avoid a law suit in the event that Mrs. MacDonald loses 
her crop by feilure of her water supply. In view of this information the Com- 
mission approved the project by unanimous vote and thereupon authorized the 
Engineer to proceed with the work, providing Mrs. MacDonald will sign a waiver 
releasing the state from further obligations. 


The Attorney brought up for discussion the settlement with Mr. Lloyd 
_E. Stafford for the moving of a barn from land purchased from him as right of 
wey in connection with the construction of the Willamette Highway, near Goshen. 
He recalled that the original deal with Mr. Stafford provided, among other 
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Commission to officially and regularly designate and adopt said 
highway as a highway to constitute, together with other highways 
heretofore adopted and/or which may hereafter from time to time be 
added, the system of secondary state highways under the provisions 
of said acts; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission, all members being present and affirma- 
tively voting and participating, as follows: 


1. That the following described market road, county road, 
highway, route, or location of a highway in Umatilla County be and 
the said market road, county road, highway, location, or route, here- 
by is selected, designated, established, adopted and approved as a 
secondary state highway and shall be and hereby is designated as a 
part of the secondary state highway system, to wit: 


Beginning at a point on the Boardman-Stanfield Highway 
at Engineer's Station 803+76.6 in the N&g of Section 27, 
T. 4N., Re 27 E., W. Mog thence northerly to the Umatilla 
Ordnance Depot, a distancé of approximately 0.41 mile. 


2. That the said highway shall be and hereby is qualified 
for improvement under the provisions of said Chapter 248, Oregon 
Laws of 1931; Chapter 196, Oregon Laws of 1935; and Chapter 529, 
Oregon Laws of 1939; and amendments thereof. 


The Secretary presented the following county resolutionswith re- 
spect to sections of state highways that have been abandoned by the Commission 
because of reconstruction of such sections on revised alignment: 


Resolution from Baker County Court with respect to the abandoned 
portion of the Flagstaff Hill-Ruckles Creek Section of the Baker- 
Homestead Highway, in which the county assumed jurisdiction over this 
section. 


Resolution from Jackson County Court in which the county elects 
to abandon a portion of the Eagle Point-McAllister Springs Section 
of the Little Butte Secondary Highway and to retain for county road 
purposes another portion of said section of highway. 


The Commission approved the resolutions and ordered them filed. 
The Engineer reported that in conformity with authority previously 


given him by the Commission, he hes awarded the following contracts, the con- 
ditions of the awards having been satisfied: 
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The Commission discussed briefly and ordered filed correspondence re- 
ceived from the Public Roads Administration pertaining to the request of Mrs. 
Joan C. Woovalas, Portland, for the construction of an access road to @ pros- 
pective coal mine on property situate near Molalla, Oregon. 


The Attorney presented a form of Order providing for the stopping 
of all vehicular traffic at certain dangerous main-line railroad grade cross- 
ings throughout the state, which matter was discussed and approved by the Com- 
mission at the previous meeting. The provisions of the Order were approved 
by the Commission and the Secretary was thereupon instructed to enter the same 
in the minutes of the meeting held on July 23, 1942, as evidence of the action 
taken by the Commission at that time. The Commission thereupon signed a copy 
of the Order for the records and files. 


The Commission had under consideration approval of the proposed agree- 
ment with the United States Army with respect to the maintenance of small air~- 
plane landing fields in Oregon. The Engineer advised that the Army is building 
mumerous small auxiliary airfields throughout the state but has made no provi- 
sion for maintaining the same; further, that the Army authorities feel that the 
maintenance could best be handled by state forces, which are already organized 
and functioning along similar lines and, accordingly, have requested approval 
of such arrangement. All of the work, he said, will be accomplished in strict 
accordance with state specifications and methods as used in similar work on 
state highways, and the government has agreed to reimburse the state for the 
actual expense involved, including salaries, rental of equipment, et cetera. 

He recommended approval of the request. The Commission approved the recommenda- 
tion and thereupon signed an agreement with the United States War Department 
covering the matter. 


A resolution was presented from the County Court of Umatilla County 
requesting the selection and designation as a state secondary highway, of a 
road 0.41 mile in length extending from the Boardman-Stanfield Highway to the 
Umatilla Ordnance Depot, in Section 27, Township 4 N., R. 27 E., W. M., Umatilla 
County. The Engineer recommended approval of this request in view of the fact 
that the road was constructed by the state and is being maintained by the state. 
The Commission approved the recommendation and thereupon adopted the following 
resolution covering the matter: 


WHEREAS, under the provisions of Chapter 248, Laws of 1931; 
Chapter 196, Laws of 1935; and Chapter 529, Laws of 1939; the State 
Highway Commission, by mutual agreement with the respective county 
courts of the several counties of the State, is authorized and em- 
powered to select, locate, and designate a system of secondary state 
highways, which highways shall be selected from the market roads or 
other county roads, or available locations or routes of the several 
counties; and 


WHEREAS, the State Highway Commission, by mutual agreement 
with the Umatilla County Court of the State of Oregon, has selected 
the road or highway hereinafter named, and it is the purpose of the 
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NOW, THEREFORE, BE IT RESOLVED that the action of the 
State Highway Commission, reducing the maximum permissible load 
limit on the following bridge, to-wit: 


NETARTS SECONDARY STATE HIGHWAY No. 131 
131-0.77 Stillwell Bridge, Tillamook County 


be and the same hereby is rescinded and vacated as of this date, 
and the maximum load limit permissible on the said bridge shall 
hereafter be the maximum load limit provided by law. 


IT IS FURTHER ORDERED that a certified copy of this reso- 
lution be furnished the County Clerk of Tillamook County, in which 
county said bridge is located, and the Superintendent of the Depart- 
ment of State Police for his information. 


The Secretary presented a communication from Mr. Ernest E. Schrenk, 
Creswell, Oregon, requesting permission to transport loads of flax over state 
highways from his ranch near Creswell to Springfield, which involves contin- 
uous movements of loads in excess of the legal width limits. The Commission 
considered that continuous movements of such width over this highway will 
create too great a hazard for other traffic and thereupon denied the request. 


The Commission discussed briefly a communication from Joseph E. 
Keller, Consultant on State Barriers for the Office of Emergency Management, 
in which Mr. Keller states that the position taken by the State Highway Com- 
mission with respect to the transportation of gross loads over state highways 
is, in his estimation, entirely sound. The Commission expressed pleasure at 
receiving such information and ordered the communication filed. 


The matter of permitting log haulers to truck-haul logs during the 
three-hour period between 9:00 p. m. and midnight, which privilege isnow pro- 
hibited, had the attention of the Commission. It was the thought of the Com- 
mission that the need for lumber for defense purposes justifies the giving of 
extra concessions to log haulers and, in view thereof, the Commission voted 
unanimously to allow log haulers to operate at any time during the day or 
night, provided the movements during the hours of darkness are properly lighted 
in conformity with statutory requirements. 


A letter was presented from Mr. E. P. Leavitt, Superintendent of 
Crater Lake National Park, relative to maintaining travel this coming winter 
over highways in the park and adjacent thereto. Mr. Leavitt advises that 
there are possibilities that Crater Lake National Park will not be kept open 
during the coming winter because of shortage of man power, restrictions on 
fuel oil, tires and gasoline, and inability to secure repair parts for snow 
fighting equipment and other equipment. He inquired, if Crater Lake National 
Park were to close up entirely this winter and if the National Park Service 
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Grading and peving Sunderland Avenue Access Road Project on N. E. 
Elrod Road near Portland, Multnomah County. Bids taken July 23; 
contract awarded July 25, 1942, to Porter W. Yett, low bidder, 


Construction of two bridges on Sunderland Avenue at Portland, 
Multnomah County. Bids taken July 23; contract awarded July 25, 
1942, to Lindstrom Brothers, low bidders. 


Surfacing on Section "A" of the Monmouth-Benton County Line Sec- 
tion of the Pacific Highway West, in Polk County. Bids taken 
July 233 contract awarded July 27, 1942, to E. C. Hall Company and 
J. C. Compton, low bidders. 


Grading and surfacing Section "B" of the Monmouth-Benton County Line 
Section of the Pacific Highway West, in Polk County. Bids taken 
July 23; contract awarded July 27, 1942, to E. C. Hall Company, 

J. C. Compton and McNutt Bros., low bidders. 


Surfacing Soda Mountain Mine Access Road Project on the I.0.N. Sec- 
ondary Highway, in Malheur County. Bids taken July 23; contract 
awarded August 11, 1942, to 0. C. Yocom, low bidder. 


Grading and topping Seven Devils Chrome Mine Access Road Project, 
west of Coquille, in Coos County. Bids taken July 23; contract 
awarded August 12, 1942, to Tru-Mix Concrete Company, low bidder. 


(3 The Commission confirmed the awards as reported. 


' The Engineer reported that repairs have been completed on the still- 
well Bridge over the Trask River on the Netarts Secondary Highway, in Tillamook 
County, and that there no longer is need to maintain the ten-ton load limit for 
which this bridge has been posted the past several months. He recommended the 
adoption of an order lifting the reduced load limit. The Commission approved 
the recommendation and thereupon by unanimous vote adopted the following reso- 
! lution in regard thereto: 


WHEREAS, on the 10th day of January, 1941, at a meeting of 
the State Highway Commission, all of the members being present and 
participating, the Commission passed and adopted a resolution erder- 
ing a reduction of the maximum permissible load limit on certain 
x+- Le highway bridges, including the following, to-wit: 


, NETARTS SECONDARY STATE HIGHWAY No. 131 
131-0.77 Stillwell Bridge, 10 tons, Tillamook County 


and 


WHEREAS, subsequest to the passage of said resolution, the 
said above-named bridge has been repaired so that it is not longer 
necessary or desirable to maintain the reduced load limit set out in 
said resolution; 

1942 
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The Attorney requested authority to employ expert witnesses in con- 
nection with the Commission's pending lawsuit against the California-Oregon 
Power Company and the Southern Pacific Company to recover the cost of repair- 
ing The Dalles-—California Highway near Algoma, Klamath County, which was severe- 
ly damaged as a result of a break in a dike along Upper Klamath Lake. He stated 
that the case is now being prepared for trial and it would be desirable and 4 
advantageous to the state's case if the testimony of expert witnesses were se- si 
cured. He recommended employment of two such witnesses to assist in working ae 
up the case and to testify at the trial, and suggested two prominent engineer; oh. 9 
viz., lir. J. C. Stevens, Portland, whose services are available at the rate of Bi 
$50.00 per day while working up the case and at $100.00 per day while giving 
testimony, and the other, Mr. S. T. Harding from the University of Californie, 
Berkeley, who is asking a straight $50.00 per day for his services. In view 
of the importance of this case and the amount of the damages involved, the 
Commission considered it advisable to secure such expert testimony and there- 
upon authorized the Attorney to arrange for the services of these two engineers 
: at the rates mentioned. 


Chairman Cabell reported receipt of a request from a Mr. C. H. Burgess, 

: rancher at Fossil, Oregon, requesting permission to conduct farming operations ; 
on the right of way acquired for the Shaniko-Fossil Secondary Highway. It was 
brought out in the discussion that the construction of this proposed highway 

improvement was not contemplated in the near future on account of the war sit- 

uation, and there will be no objections ‘since the state will not be discommoded 

by the use of the right of way for the purpose intended by Mr. Burgess. In 

view thereof the Commission tentatively approved the request subject to the 

condition that the state is not held liable for loss of crop in the event the 
: state takes the land sooner than is now anticipated. 


The Engineer presented a list of surveys that he has ordered since 
the last meeting of the Commission and asked the Commission to confirm them 
and the amounts allocated for each. After due consideration the Commission 
authorized and instructed the Engineer to make such location surveys on various 
sections of the highways of this state, which said sections of highways, to- 
gether with their identifying location survey numbers and the amount authorized 
and allocated for such survey expenditures, are as follows: 


Quarry - - ~ = 91447 - Horse Ridge-Brothers Section, Central Oregon Highway, 

Deschutes County 1st authorization - $100 

j Reconnaissance 215-1441 - Sams Valley-Evans Creek Road, Ramsey Canyon Access 

Road, Jackson County 1st authorization - $450 
Plans - - - - 26-1462 - Union-Denver Avenue Junction, Pacific Highway East 

: and West, Multnomah County lst authorization - $1500 
Location - - - 10-1435 - Myrtle Creek-Canyonville Section, Pacific Highway, \ 

: Douglas County let authorization - $10,000 " 

: 

’ 

3 


The Engineer reported that a number of surveys heretofore authorized 
by the Commission have been completed. He presented a list of such surveys 
and reported briefly on each survey listed thereon. After due consideration 
the Commission approved the respective surveys, as reported, and adopted the 
following resolution in regard thereto: 

AUG 14 1942 
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decided not to maintain travel on the highways within the park, including the 
park section of the Crater Lake Highway, would the State Highway Commission 
discontinue snow removal operations on the Crater Lake Highway up to the park 
boundaries, or would the Commission keep the Crater Lake Highway open through- 
out the park as a possible public service. He also inquired if the Highway 
Commission would maintain travel over the Union Creek Road leading to Diamond 
Leake and its connection with The Dalles-California Highway, near Chemult, if 
it was decided not to maintain travel on the Crater Lake Highway through the 
park area. The Commission decided in view of the fact that there has been 
considerable falling off of highway travel because of war conditions and be- 
cause undoubtedly there will be a further decrease in travel as time goes on, 
that it would make no effort to maintain travel over the Crater Lake Highway 
through Crater Lake Park area or even up to the boundaries of the park, in the 
event the National Park Service elects to close up the park during the winter 
season, The Engineer was instructed to convey such information to Mr. Leavitt 
and to advise him further that the Highway Commission will offer no objections 
either to the closing of the park or the park roads this winter, if the Nation- 
al Park Service considers thet to be the proper thing to do. 


A resolution was presented from Columbie County Pomona Grange No. 18, 
Rainier, Oregon, in which the Commission was requested to "cut all weeds grow- 
ing in the rights of way of the various rogids and highways" so as to prevent 
the spread of noxious weeds and plants over adjacent farm lands. The Engineer 
recalled that the Commission sometime ago authorized the discontinuance of 
mowing operations along highway rights of way, because of the shortage of labor 
to carry on this class of work and in order to conserve funds for other purposes, 
and that that order is now being carried out. He gave as his thought, however, 
that there is some justification in the Grange's request in order to prevent 
the spread of noxious weeds to the adjacent farm lands, particularly to the 
lands of farmers who are making efforts to eradicate the weeds from their hold- 
ings. The Commission concurred in the Engineer's viewpoint and thereupon auth- 
orized him to conduct mowing operations in such locations as evidence of coop- 
eration with the farmers in that respect. 


The Engineer brought up for discussion the question whether or not 
contractors on state highway work shall be required to comply strictly with the 
contract requirements relating to minimum wages and other employment matters, 
particularly should contractors be required to pay double time for overtime 
for services rendered, as provided by state law, or should they be allowed to 
pay their employees on the time and one-half basis of payment for such over- 
time, which is the rate specified in the federal law. He particularly referred 
to the contractors engaged in highway work on the Pacific Highway West, between 
Monmouth and Corvallis, in which instance the contractors have refused to pay 
double time as required by the state law and as required by the provisions of 
the contract, because they have receivei information to the effect that they 
need pay only time and one-half for ove. time. (See Engineer's letter of 
August 14, 1942, directed to the State Highway Commission for details). He 
requested instructions. The matter was discussed at some length but a decision 
with regard thereto was deferred by the Commission until the next meeting. 
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on the Scappqose-St. Helens Section of the Columbia River Highway, in 
Columbia County, requested an extension of time from August 31, 1941, 
to July 13, 1942, within which to complete this job. He alleged that 
his failure to complete the project within the specified time limit 
was due to the fact that the fills at the ends of the several struc- 
tures were not completed, and it was impossible to properly route 
traffic. Further, that this interruption delayed the rest of the work 
until the pericd of wet weather and labor shortage. The Engineer ad- 
vised that it was necessary to coordinate the bridge work with the 
work of the grading contractor on the adjoining section and, because 
of failure of the greding contractors to complete the approach em- 

: bankménts to the bridges, Mr. Barnes was unable to complete his work 

: on time. The approach embankments, he said, were completed on 

: October 20, 1941, following which Mr. Barnes resumed hig work and by 

. December 23, 1941, did everything that was required under his con- 


R. G. Barnes, contract No. 2415, for the construction of bridges 
{ 


traet except the painting of the handrails which had to be deferred 
until suitable weather in the spring. Such painting work, he said, 
was accomplished between May 5, 1942, and July 13, 1942. Considering 
the cause of Mr. Barnes' delay, he said, indicates that he lost only 
nine days within his contract time limit. He recommended in view 

of the circumstances that the extension of time requested be granted, 
but that Mr. Barnes be charged with the excess engineering charges 
incurred between October 29 and December 23, 1941, and between May 5 
and July 13, 1942. A letter was presented from the Public Roads 
Administration concurring therein. The Commission approved the 
recommendation. 


E. L. Rigdon, contract No. 2474, for grading, surfacing, oiling 
and bridge construction on the Oak Creek-Marks Ranch Section of the 
North Umpqua County Road, in Douglas County, requested an additional 
three days extension of time from June 30, 1942, to July 3, 1942, 
within which to complete this job. He gave no reason for failure 
to complete the project within the specified time limit. The Engi- 
neer advised that this contract was awarded on May 22, 1941, and ac- 
cording to the provisions thereof should have been completed by 
September 30, 1941; however, that was not possible because the sub- 
contractor on the oiling work could not perform his part of the work 
due to a previous contract with the federal government for the paving 
of an airplane landing field. He recommended in view of the circum- 
stances that the extension of time requested be granted without 
penalty. A letter was presented from the Public Roads Administration 
concurring therein. The Commission approved the recommendation. 


The Engineer reported that contracts Nos. 2415, 2474, 2496 and 2530, 
for construction of state highway projects, have been completed according to 
the terms of the contracts or modifications thereof, and that said jobs are now 
ready for acceptance. The following resolution accepting the above projects 
was offered and was adopted by the unanimous vote of the Commission’ 
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WHEREAS, the State Highway Commission heretofore has auth- 
orized and instructed the State Highway Engineer to make surveys on 
Ngee sections or portions of the highways of the State of Oregon; 


WHEREAS, pursuant to said authorization the State Highway 
Engineer has made and completed the said surveys and has filed the 
maps and plans of the said surveys in the files of the State Highway 
Commission, in Salem, Oregon; and 


WHEREAS, the maps and plans of the said surveys have been 
examined by the State Highway Commission and have been found suitable 
in all respects for approval and adoption by the State Highway Commis- 
sion; 


NOW, THEREFORE, BE IT RESOLVED that the surveys hereinafter 
designated and described, together with their identifying location 
map file numbers, as shown in the map-filing records of the State 

Highway Commission in its Salem office, be and they are hereby adopted 
; and approved as the location surveys of the various portions or sec- 
tions of highways involved: 


File Non Prefix County TIupe_of Survey Section Highway 
| 6 B 5-14 206-1428 Coos Location Seven Devils Chrome 
yy Mine Access Road 
a 6 B 5-20 215-1434 Jackson Location Bybee Springs - 
is Sams Valley Medford Canton- 
ment Access Road 
6 B 5-20 215-1435 Jackson Location North Boundary " " 
6 B 5-20 215-1436 Jackson Location South Boundary " " 
i 6 B 5-20 215-1437 Jackson Location Bybee Bridge n n 
: 6 B 5-20 215-1438 Jackson Location Dodge Bridge- 
BE Haas Ranch " " 
1A 1-39 28-1413 (Sherman Reconnaissance Columbia River- 
; (Wasco Madras Sherman & The 
(Jefferson Dalles-California 
6 B 5-17 30-1442 Umatilla Location Milton-Washington 


State Line Oregon-Washington 


: BE IT FURTHER RESOLVED that the State Highway Engincer be 

: and he hereby is authorized to make such minor changes in the said 

: locations as may improve the standards of alignment and grades not 
inconsistent with the general location of the section of highway in- 


volved. 


The Commission had under consideration the following requests for ex- 
tensions of time within which to complete highway construction projects: 


42 


19 
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Agreement with Hauser, Malcom and Tiesleu covering rental of 
state-omed equipment. 


Agreement with United States War Department covering mainten- 
ance of small airplane landing fields. 


Order designating dangerous railroad crossings and requiring 
vehicles to come to a stop before crossing railroad tracks at grade. 


Extension rider agreement with the Oregon-Washington Railroad 
and Navigation Company and the Union Pacific Railway Company ex- 
tending lease of storage sites at Speece, Gilliam County, to 
December 31, 1942. Right of way file No. 5539. 


Agreement with Pacific Power and Light Company providing for 
installation of one power pole adjacent to the highway department 
truck scales southwest of Pilot Rock. 

There being no further business to come before the Commission at 

this time, the meeting was adjourned at 5:10 p. m. 


s 


State Highway Engineer ; Chairman 
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> Commissioner a 
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Commissioner 


Portland, Oregon, August 27, 1942 


The State Highway Commission met in regular session at 9:00 a. m. in 
the auditorium of the Public Service Building. Present were: 


Henry F. Cabell, Chairman 

Herman Oliver, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


Commissioner Clough was excused from attending this meeting. 


Bids, as follows, for highway construction projects, sale of buile- 

ing in Eugene, and sale of materials in railroad trestle, were opened and read 
in conformance with previously published notices, following which Chairman 
Cabell announced that the awards would be made at 2:15 p. m. in the same room: 


SPE ee PEA RE 2 TA 
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WHEREAS, the Engineer has reported that the following State 
Highway Commission contracts for the construction of state highway 
projects have been completed according to the terms and provisions 
of the contracts and said jobs are now ready for acceptance: 


Contract No. 2415, with R. G. Barnes, for remodeling 
and widening bridges on the Scappoose-St. Helens Section 
of the Columbia River Highway, in Columbia County. Completed 
July 13, 1942. 


Contract No. 2474, with E. L. Rigdon, for grading, sur- 
facing, oiling and bridge construction on the Oak Creek-Marks 
Ranch Section of the North Umpqua County Road, in Douglas 
County. Completed July 3, 1942. 


Contract No. 2496, with Rogers Construction Company, 
for grading and surfacing the Warner Summit-Mud Creek Sec- 
tion of the Warner Secondary State Highway, in Lake County. 
Completed July 13, 1942. 


Contract No. 2530, with Tri-State Construction Company, 
for the construction of two dwellings and one equipment 
building at the Alkali Lake Maintenance Station on the Lake- 
view-Burns Highway, in Lake County. Completed May 6, 1942. 


THEREFORE, BE IT RESOLVED, that the work covered by said 
state highway contracts for the construction of said state highway 
projects be declared completed according to the terms of the res- 
pective contracts, and said jobs are hereby accepted and final pay- 
ment in connection with each is hereby authorized. 


The Commission considered and signed agreements et cetera as follows: 


Agreement with Coos County covering removal of rock from county- 
owned quarry for use on Seven Devils Chrome Mine Access Road. 


Agreement with the City of Jordan Valley covering maintenance of 
the South Mountain Mine Access road within the city limits. 


Agreement with F. R. Hewett covering rental of state-owned equip- 
ment. 


Two agreements with Axman and Miller covering rental of state- 
owned equipment. 


Three agreements with 0. C. Yocom covering rental of state-owned 
equipment. 


SALE OF MATERIALS IN RAILROAD TRESTLE 
NEAR SUNSET CAMP, TILLAMOOK COUNTY 


No bids received 


Messrs. Charles Leonard and Fred Slete, contractors for the opera- 
tion of the Willamette River Ferry at Wilsonville, were present and discussed 
with the Commission matters pertaining to their contract. They pointed out 
that their present contract expires on January 1, 1943; however, it contains 
a provision for extending the contract for a two-year period at the same rate. 
They asked the Commission to waive the option under such provision in view of 
the condition of the times, alleging that they are operating at a loss because 
of shortage of labor and prevailing high labor costs. They stated their will- 
ingness to continue operating at the rate specified in the contract until it 
expires but gave as their thought that it would be only fair if the Commission 
would readvertise the furnishing of this service at such time so es to obviate 
further losses to them. Chairman Cabell advised that in normal times the Com- 
mission's answer would be no; however, in view of existing conditions the Con- 
mission is willing to give the matter consideration but is not ready to make 
a definite decision today. He suggested that the contractors present their 
arguments for the change in writing. The contractors agreed to do this. 

These are to be given to the Engineer for study and report back to the Commis- 
sion as soon as possible. Commissioner Oliver concurred. 


The Engineer brought up for discussion a plan for the separation of 
vehicular traffic at the intersection of Denver and Union Avenues, Portland. 
He exhibited a map showing the proposed layout which, he said, is the result 
of some two years’ study of various schemes to control the traffic at this 
point and is the best plan that can be devised. The separation of traffic at 
this intersection, he said, is badly needed in normal times and is particu- 
larly needed now because of the confusion caused by traffic to and from the 
shipyards. He suggested that it would be advisable to proceed with the acqui- 
sition of needed right of way now so the project can go forward without delay 
as soon as federal funds can be obtained to finance construction. He partic- 
ularly pointed out the need to purchase right of way from Westerlund Boat Com- 
party inasmuch as this company has plans to enlarge its present building facil- 
ities and must know in the immediate future just what the Highway Commission 


intends to do. He estimated the cost of construction using timber at $250,000. 
and the cost of extra right of way needed at between $40,000 and $60,000. After 


considerable discussion the Commission authorized the Attorney to proceed with 
the securing of options for the right of way. Chairman Cabell was authorized 
to pass on the Wwesterlund property so this particular deal can be closed as 
soon as possible. It was understood that the balance of the right of wey is 
to be presented to the Commission for approval in the regular manner. 


A delegation from Coos County, consisting of County Judge E. L. 
Peterson, Wi. E. Cross and Wallace B. Dement, representing the Fat Elk Drainage 
District, and E. L. Detlefsen, representing the Port of Bendon, came before 
the Commission and asked for state aid in the construction of a short revet- 


ment to control flood waters in the Coquille River at a point opposite the town 
of Norway, about five miles south of Coquille. Judge Peterson headed the group 
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BAKER-HOMESTEAD AND HALFWAY HIGHWAYS 
RICHLAND-HALFWAY ROCK PRODUCTION PROJECT 


No bids received on this project 


CENTRAL OREGON HIGHTAY 
BUCHANAN ROCK PRODUCTION PROJECT 


received on this project 


THE DALLES-CaALIFORNIA AND ILLAMETTE HIGHWAYS 
WALKER MOUNTAIN ROCK PRODUCTION PROJECT 


No bids received on this project 


WILLAMETTE HIGHWAY 
SALT CREEK FALLS-ODELL BUTTE ROCK PRODUCTION PROJECT 


No bids receivec on this project 


LAKEVIEW-BURNS HIGHWAY 
ALKALI LAKE FLIGHT STRIP PROJECT 


$204 , 368.00 


OLD OREGON TRAIL AND CENTRAL OREGON HIGHWAYS 
DEAD OX FLAT-CAIRO JUNCTION ROCK PRODUCTION PROJECT 


Chester T. Lackey €25 ,000.00 


I.0.N. SECONDARY HIGHWAY 
ROME FLIGHT STRIP PROJECT 


Clifford A. Dunn $201,645.00 


PENDLETON-JOHN DAY HIGHWAY 
NYE JUNCTION-GRANT COUNTY LINE ROCK PRODUCTION PROJECT 


No bids received on this project 


WALLOWA LAKE HIGHWAY 
ROCK CREEK-JOSEPH ROCK PRODUCTION PROJECT 


No bids received on this project 


SALE OF RESIDENCE BUILDING IN EUGENE 


Building Ho. 8948 (Former owner Katherine Stewart) 


Arnold Lindeland 
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The engineer advised that investigations reveal that the Brewster- 
Lacomb Road was constructed for use by light traffic only and will not stand 
up under log hauling treffic. To put it in condition to withstand such traf- 
fic, he said, would cost about $208,000 and in addition thereto it would cost 
about $2,680 annually for maintenance and about $4,000 annually for extra gang 
patching; further, that to strengthen the present surfacing to accommodate 
empty logging trucks would cost about $20,000 and to maintein the road would 
cost $3,350 annually with an additional expenditure of about $4,000 annuelly 
for extra geng patching work. He pointed out that under the present govern- 
mental rules and regulations it would be almost impossible to secure approval 
for such an expenditure even if the Commission were able to secure e pricrity 
rating high enough to allow the work to proceed. Furthermore, there is a ques- 
tion whether or not it would be possible to secure © contractor to undertake 
the work. Chairman Cabell advised that the Highway Commission is having a heard 
time meeting its present obligations, and in view of the circumstances he could 
not see how the Commission could justify the assumption of additional ones. 


Mr. Phelps then suggested that the state maintain the present road 
and let the loggers use it. Chairman Cabell replied that it is becoming more 
and more difficult for the Commission to secure rock for road repairs and as 
evidence thereof pointed out that the Commission at this meeting advertised 
seven rock production projects for bids but received only one bid for one of 
them, which indicates that the contractors are not interested in this kind of 
work. He suggested that it might be possible to secure federal access road mon- 
eys to finance the project in view of the commodity which is to be transported 
over the road. Mr. W. H. Lynch, District Engineer, Public Roads Administration, 
was present and advised that logging roads are eligible to a certain extent for 
federal access road moneys but he is not in position at this time to state def- 
initely whether or not this road would qualify. The suggestion was made that 
the loggers arrange with the Snow Peak Logging Company for the use of its pri- 
vate road which approximately parallels the county road between the same points. 
Mr. Phelps advised that the charge for the use of this road is prohibitive and 
could not be met. 


Judge Barrett also urged the Commission to take over the Brewster- 
Lacomb Road, edvising that Linn County is not financially able to assume the 
cost of maintaining county roads that are used by log haulers. He particularly 
urged state maintenance of the road so that the loggers could use it at least 
in returning empty to the woods. Chairman Cabell concluded the discussion by 
stating that the Highway Commission is not in position today to assume this ob- 
ligation in view of decreasing state highway revenues so necessarily must ceny 
the request. Commissioner Oliver concurred. 


Mr. C. T. Leedy, Sisters, was present and urged, in behalf of the 
people of his town, the filling in of the gutters along the McKenzie Highway 
for three or four blocks in Sisters so that cars will not be damaged in parking 
next to the curb line. He explained that curbs and sidewalks were constructed 
lost year under a U,P.A. arrangement, but no provision was meade for the filling 
in of the area between the pavement and the curbs, and as a result the curbs 
were left too high and cars cannot park satisfactorily unless they stop several 
feet away from the curb. It appeared to the Commission that this is an obliga- 
tion of the Work Projects Administration, however, in vier of the fact that the 
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He advised that, as a result of the raising of the highway grade across the low 
lands west of Coquille, waters of the Coquille River back up and, during the 
period of freshets, the river breaks over its bank at the point above mentioned, 
inundating privately owned lend in the Fat Elk Drainage District, seriously im- 
pairing the use of the land and endangering the highway. He gave as his thought 
that, unless something is done soon to control the water, it will not be long 
before a new channel is formed and the water is entirely diverted from the pres- 
ent channel. It was his opinion that the protection of the highway is ample jus- 
tification for an expenditure of state highway funds for constructing the revet- 
ment. and urged favorable consideration by the Commission from that standpoint. 

He advised that others who will participate in such costs are Coos County, the 
Port of Coquille, Fat Elk Drainage District and Smith Wood-Products, Inc.; and it 
is planned that each will pay one-fifth of such expense. 


The Engineer advised that investigation reveals that approximately 200 
feet of revetment is required, which would cost about $7,500, including engineer- 
ing and contingencies. Judge Peterson advised that Coos County is in position 
to perform the construction work but would like the state to furnish the engi- 
neering. The Engineer suggested that, if the state participates in the project 
and furnishes the engineering, the engineering expense should be included in the 
total costs for equal distribution among all parties; also, that the state should 
be relieved of any obligation with respect ta maintenance ef the revetment. The 
Attorney advised that the Commission has legal authority to contribute state 
highway funds for this purpose if it is necessary in order to protect the state 
highway. The matter was discussed at some length but a decision thereon was de- 
ferred until the afternoon session. (Approved by Commission later. See ahead 
for final action.) 


Judge Peterson also asked the Commission to widen the Oregon Coast High- 
way about six feet at its intersection with the Lampa Creek county road, where 
considerable traffic enters the highway. He explained that the county road car- 
ries a large volume of traffic, which cannot safely enter the highway under pres- 
ent conditions because of the short sight distance, In his estimation, the widen- 
ing of the highway would to a large extent alleviate this condition. The Engi- 
neer was instructed to investigate the condition and to report his findings, to- 
gether with an estimate of the cost, at the next meeting. 


A delegation from Linn County, including County Judge J. J. Barrett; 
County Commissioners H. A. Renninger and Claude G. Smith; County Engineer W. ¥. 
Larsen; and ®. G. Phelps and Leo Howard, log haulers, Lebanon, was present and 
aeked the Commission to assume jurisdiction over the county road between Brew- 
ster and Lacomb. Mr. Phelps headed the group. He edvised that he represents 
operetors who truck-haul logs for the Hammond Lumber Company from the Lacomb 
district into Lebanon; and, because of @ ruling of the Linn County Court which 
prohibits the hauling of logs over the Brewster-Lacomb Road, they are required 
to use another county road which is some six miles longer. The county court, he 
seid, is willing for them to use the Brewster-Lacomb Read, which is oiled through- 
out, if the State Highway Commission will agree to maintain the same at state ex- 
pense. He urged the Commission to designate the Brewster-Lacomb Road a state 
secondary highway so as to reduce their haul mileage and save unnecessary wear 
and tear on their equipment, particularly their tires. 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Berger Ranch-Bernes R Section;Wolf Creek Highway 
5217-Johnson, Knute R/W 3.13 $275 per acre, plus Landon 


$56.25 
5213-Smith, Heirs, John C. R/V 3.63 $225 per acre " 
(Estate) 
5213-Beamish, Richard, Mary R/W 3.36 #250 per acre, plus " 
and Jennie £62.50 
6212-Jenne, Herman, and R/W 1.60 $200 per acre " 
Heirs of Jecob Jenne 
10254-Suith, Williem E. and R/Wi 1.27 $300 per acre " 


Luther L. Adcox 


Oregon Shi 


—Columbia Boulevard Section ,Oregon Shipbuilding Corp. Access Hy 


10386-Electro Metallurgical 0.44 $600 per acre McCallister 
Company 
10409-Multnomeh County R/ 0.426 GRATIS " 
28,596 5q,ft. 
10410-Portland, City of R/t 16,022 sq.ft. GRATIS " 
Portland Section Swan Island Access Highway 
10420-A Multnomah County 3,000 sq.ft. GRATIS McCallister 
0.716 acre 
Monmouth«Suver Section Pacific Highway West 
10366-B Falk, F. W. and Borrow 2.5 1 yeer lease-$200 Eason 
Webster A. Falk Pit 
Florence-Rainrock Section Suislaw Highwey 
1670-A Blachly, Frank E. Stock 0.46 In exchange for 0.56 Lytle 
Pile acre, in Lot 9, Sec. 34, 


Tp. 17 S.R.10 W., Lane Co. 


Odell Lake-Walker Mountain Section, Willamette Highwa 

10510-Zimmerman, Hans R/W 0.47 Land $10 + $45 Benson 
Goshen-Lowell Section, Willamette Highway 

8982-Edmunson, H. L. R 19.04 $125 per acre, plus’ Benson 


$3,159 


Eugene-Judkins Point Section,Pacific Highwa 
9426-D Hayes, James RAK 0.28 $500 per acre Perker 


Halsey—Harrisbur c Hi 
1027i-Sprick, John D. and 0.75 $175 per acre, plus Benson 
S. Wi. McPherson $690 
(Correction) 


Grave Creek-Jump-O0ff Joe Section ,Pecific Highway 
10608-Smith, Amos et al Stock 1.0 $100 per acre, plus Lytle 


Pile $7.50 
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state furnished the engineering on the job, the matter was referred to the En- 
gineer for investigation and report. Mr. Leedy was informed that, if the proj- 
ect is not too costly and the Commission is able to finance it, the work will 
be done, although the present outlook is not very encouraging. Mr. Leedy left 
with the Commission a petition signed by numerous citizens of Sisters request- 
ing the improvement. 


The Assistant Attorney, in charge of real property purchases, was 
present and requested authority to acquire certain parcels of land that are 
needed for right of way and for other purposes in connection with state high- 
way improvements throughout the state. He submitted a list of such properties, 
together with offers that he recommended be made in connection with each. After 
careful study of each item the Commission approved the request and thereupon 
by unanimous vote adopted the following resolution in regard thereto: 


WHEREAS, in connection with the further improvement of the 
highways hereinafter designated, it is and has been necessary to ac- 
quire property for right of way, quarry sites, gravel or other mate- 
rial sites, or sites fer the storage of materials, os hereinafter 
more definitely set forth, and 


WHEREAS, as a result of negotiations carried on with the 
owners of the property required, options have been obtained, which 
options have been considered by the Commission, outlining the bases 
of settlement which have been agreed upon, and 


WHEREAS, it is the judgment of the Commission that the said 
options should be approved and accepted, and/or the said reports be 
declared acceptable to the State Highway Commission as bases of se\- 
tlement for the properties involved, and that the acquisition of the 
properties should be completed: 


NOW, THEREFORE, BE IT RESOLVED that the several offers, or 
bases of settlement hereinafter enumerated be, and the same hereby 
are, approved and accepted, and that the Attorney for the State High- 
way Commission be, and he hereby is instructed to complete the acqui- 
sition of the said properties and to take title thereto in the name 
of the State of Oregon. The said properties hereby ordered and au- 
thorized to be acquired are as follows: 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Tillamook-Pleasant Valley Section Oregon Coast Highw 
10522+herner, Edward R/W 0.65 $300 per acre Witt 


North Bend-Marshfield Section,Oregon C Highw 
9574-McDonald, J. H. 248 sq. ft. 15¢ sq. +t, vlus Benson 
(Correction) $525.80 


Van Dyke Section Nehalem hw: 
9058-Heesacker, A. H. R/W $150 per acre, + MeChesney 
(Correction) $82.57 
1942 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 
e Junction-Grant County Line Section, Pendleton-John Day Highwa: 


10492-Pilot Rock Lumber Stock 7.6 8 year lease - $50 Cozad 
Company Pile 


Prairie City-Dads Creek Section, John Day Highway 
10521-Galbraith, J. W. ravel Pit Gravel removed to be paid Cozad 


Bar Lease for at rate of 5¢ cu.yd. 


Mitchell Maintenance Quarters Section, Ochoco Highway 
10423-Monroe, D. V. Maintenance 2.542 LUMP SUM - $700 Chandler 
Headquarters (Approx. $275.34 per acre) 
Malheur County Section, Jordan Valley Highway 
10513-Maher, W. S. Gravel Pit 37.64 1 year lease - $50 Van Scoy 
Lease 


Front Avenue Project-Columbia et South (Portlend)-Pacific Highway West 
8171-A Oregon Electric 24,000 sq.ft. $9,909 McCallister 
Railway Company 


Sexton Mountain Section, Pacific Highway 
8370-Smith, Ruben Wi. 300 - compensation in lieu DeSouza 


of building approach road 


The Commission adjourned at 12:00 noon and reconvened at 1:30 p. m. 
in the same room, with the same persons present and participating. 


The Honorable F. C. McKenzie, Mayor of Hermiston, was present in 
regard to the construction of a connecting road between the Boardman-Stanfield 
Highway and the county road which extends from Hermiston to the army ammuni- 
tion depot, west of Hermiston. He advised that the county road is used exten- 
sively by people who travel back and forth between Hermiston and the ammuni- 
tion depot and that up to the present time they have been allowea entrance to 
the depot grounds through a gate on the east side of the reservation. However, 
the army now proposes to close this gate to public use, and people will have 
to travel several miles on a circuitous route to enter the reservation through 
the main gate on the south side of the arec, which causes unnecessary wear end 
tear on automobiles end tires. The connecting road, he said, would correct 
the situation, and he suggested that it might be possible to secure federal 
access roed moneys to finance the work. The Commission considered that it is 
not justified in spending state money to build such & road andthet the proper 
way to handle the situation would be the continued use of the east gate. Ac- 
cordingly, the Engineer was instructed to write Lt. Colonel Ralph Cook Scott, 
who is in charge of the ammunition depot, setting forth the facts and suggest- 
ing that traffic be allowed to enter the reservation vie the east gate 4s 4 
proper solution for this difficulty; and, if it cannot be handled in that man- 
ner, that he (Lt. Colonel Scott) certify the proposed road as an access road 


Section, Hwy., and Owner Purpose Acres Approximate Amounts 


Days Creek-Milo Section, Tiller Trail Highwey 
9918-A Wright, W. T. Area for power transmission 


Easement tower - $200, plus $5 

9915-A Dean, Merlin K. R/W Area for power transmission 
Easement tower + $100 

9908-A Baker, Bruce R/W Area for power distribution 
Easement pole and guy wire - $50 

9920-A Wright, Jay W. R/W Area for power transmission 
Easement tower - 

9913-A Higgins, Jack R/W Area for power transmission 
Easement tower - $100 

9208-A Williams, Gladys R/W Area for power transmission 
Easement tower - GRATIS 


Wolf Creek-Grave Cree! c Ld 
10431-Wiederkehr, August F $75 per acre 
(Correction) $5 per acre, plus 
$1475 
10427-Linnton, Sam and j $100 per acre, plus 
Margaret Shelley $5325, less 10% depre- 
ciation on buildings, 
lus $1000 
10432-Herz, James I. and R/t 3.0 50 per acre, plus 
Hubert R. Kent $86.50 


ive- Canal Section,Klamath Falls-Lakeview Hi hwa: 
Se Herrick A. R/W 1,573 sq.ft. LUMP SUM - $25 DeSouza 


(Correction) 


Chrome Mine-North Bank Section,Seven Devils Chrome Mine Access 
10500-Fahy, Beulah and q 8.52 $5 per acre, plus Benson 
Roby E. Muir $1,36 


Madras Section,The Dalles-Celifornia Highway 
8618-Ellis, W. A. Slope 10-foot slope easement, 150 ft. DeSouza 


(Correction) Easement long, and grade change damage - 
for R/W $100 


Fossil-Service Creek Section,John Day Highway 
9751-A Butte Creek Land, 1.39 $25 per acre McCallister 


Livestock & Lumber and 1.0 $25 per acre, plus 
Company Stock Pile fencing 


Rock Creek—Joseph Sec 

10487-Craig ? Vie S GRATIS 

10490-fWillett, Thos. J. Stock Pile $50 ver icre, plus 
and Winifred and $5, plus fencing 
Landess Gravel Pit 

10,89-Litch, Estate Ella Gravel Pit $100 per acre 


° 
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1. That the Commission does hereby find and declere that 
the parcel of real property hereinafter described is necessary for 
the purpose of securing roadbuilding materials therefrom for use in 
connection with the Albany-Lyous Secondary Highway No. 211, which 
said real property is described as follows, to wit: 


A parcel of land lying in the William Gilchrist b. L. C. 
No. 43 in Section 4, Township 10 South, Range 1 East, lh. My 
Linn County, Oregon; the said parcel being described es 
follows: 


Beginning at a point on the south line of the county 
roadj said point being North 89° East 1760.2 feet and north 
386.1 feet from the southwest corner of the seid William 
Gilchrist D. L. C. No. 43; thence South 78° 15' East along 
said rosd line £00 feet; thence South 25° East 66 feet to 
the northerly right of way line of the Albany-Lyons Highway; 
thence along said right of way line in a westerly direction 
to its intersection with the northwesterly boundary of the 
owners! property; thence North 80° East to the northwest re- 
entrant corner of the owners' property; thence north to the 
place of beginning, containing 2.05 acres. 


(It is the purpose of the State to acquire all that 
portion of the owners' property lying north of the Albany- 
Lyons Highway and south of the county road leading to 
Stayton.) 


2. That the Commission does hereby find and declare that 
the said described parcel of real property is necessary and acquisi- 
tion of the same by the Stete is required for the specific purpose 
hereinabove set forth, and the said property is being acquired for 
the express and specific purpose in this resolution set forth. 


3. Thet the State Highway Engineer be and he hereby is 
instructed and directed to muke or cause to be made all surveys nec- 
essary in connection with the determination, description, and acqui- 
sition of said real property, and said Engineer is further instructed 
to prepare and submit to the Legal Department necessary and adequate 
description of the said real property, which said description shall 
be available for the preparation of any deed or deeds or other instru- 
ment or instruments necessary to complete the acquisition of said 
property, whether said property be acquired by purchase, donation, 
agreement, or by the exercise of the power of eminent domain. 


4. That J. M. Devers, Attorney for the State Highway Com- 
mission, be and he is hereby requested, authorized, and directed to 
attempt to agree with the owner or owners and/or with the tenants or 
persons in possession, if there be any, of said parcel of land with 
respect to the compensation to be paid for the taking of the same 
and the damage, if there be any, and in the event that no satisfactory 
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and secure federal access moneys to finance construction of the same, including a 
railroad grade separation structure, so the road can be built without delay. 


, Reconsideration was given by the Commission to the request presented 
by the Coquille delegation at the morning session, for state aid in the con- 
struction of a revettent in the Coquille River opposite the town of Norway. 
Assistant State Highway Engineer, Mr. C. B. McCullough, advised that he per- 
sonally inspected the site and found that the river is actually cutting 4 new 
channel. It was his opinion that the main river eventually will break through 
and cause considerable damage to private property and to the Oregon Coast High- 
way unless corrective measures are taken. The State Highway Engineer recom- 
mended, in view thereof, approval of the state's participation in the project 
by furnishing the engineering supervision and assuming a one-fifth share of the 
expense involved which shall include the engineering expense. He also recom- 
mended that the matter be covered by written agreement among all parties con- 
cerned. The Commission approved the recommendation. 


The Assistant Attorney requested authority to institute condemnation 
proceedings to clear title to a quarry site that is being acquired from Matt 
Endres, et al., for use in connection with the improvement of the Albany-Lyons 
Secondary Highway, in Linn County. He advised that the Commission has already 
approved payment of $200 for the property and that the owmers have agreed to 
accept such sum, but there is an ambiguity in the title which cannot be clari- 
fied without going to court. The Commission confirmed the offer of $200 for 
this property and by unanimous vote adopted the following resolution authoriz- 
ing condemnetion of the same: 


WHEREAS, the State Highway Commission is authorized to lo- 
cate, relocate, construct, reconstruct, maintain, widen, straighten, 
and otherwise improve state highways, both primary and secondary, 
and said Commission is also authorized to construct shops, equipment 
sheds, office buildings, maintenance sites, patrolmen accommodations, 
and snow fences, and is authorized to acquire quarry sites, gravel 
pits, storage sites, stockpile sites, weighing stations, and broad- 
casting stations, and is further authorized to develop, construct, im- 
prove, operate, and maintain parks, parking olaces, auto camps, camp 
sites, roadside development, recreational grounds or resorts, and 
other places of attraction and scenic value; and 


WHEREAS, said Highway Commission is authorized to ecquire 
by purchase, agreement, donation, or by the exercise of the power of 
eminent domain real property, or any interest therein, necessary or 
deemed by the Highway Commission necessary for the accomplishment of 
any and all of the foregoing things; and 


WHEREAS, in the judgment of the Highway Commission the tract 
or parcel of land hereinafter described is necessary far the specific 
and particular purpose hereinafter specifically set forth; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the State 
Highway Commission es follows: 
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to pay $20 per month rental for the use of the same until some time this fall 
when he will vacate the premises. He gave as his thought that the offer is 
reasonable and recommended acceptance of the same in the event the Commission 
does not elect to sell the property. The Commission decided not to sell the 
excess land; however, approved rental of the same at the price offered. 


In this connection the Assistant Attorney requested instructions 
relative to the sele of excess right of way acquired on the bay side of the 
highwey in connection with this project. He suggested retention of all of 
this land by the state in order to prevent "ribbon" development along the 
highway. The Commission approved the suggestion elthough reserved the right 
to make exceptions in the event they are considered advisable. 


Reconsideration was given by the Commission to the application of 
Messrs. Hilton and Burgess to rent a portion of the right of way that was re- 
cently acquired for a revision of the Fossil-Antelope Secondary Highway, in 
Wheeler County. The Assistant Attorney suggested, because of the likelihood 
that this right of way will not be utilized for state highway purposes until 
the war is over, thas these men be permitted to use the area for farm pur- 
poses without charge until the state needs it. He pointed out that by so 
doing the Highway Department would avoid the expense of keeping down noxious 
weeds, which feature could be regarded as consideration for the use of the 
land. The Commission epproved the suggestion as a temporary proposition, 
there being a possibility that the Commission may wish to make a charge for 
the use of the land at some future time. This privilege is to be granted with 
the understending that the state will not be held liable for crop loss in the 
event a crop is destroyed when the land is repossessed by the state. 


The Assistant Attorney reported receipt of an offer from Mr. Law- 
rence Osterhoff, Eugene, to purchase a building located on property acquired 
from Mr. A. D. Jones, in connection with the acquisition of right of way for 
the improvement of the Pacific Highway, through Eugene. Mr. Osterhoff, he 
said, has offered to pay $50 for the building, although he believes that he 
might be induced to pay $75 for the same. He recommenced acceptance of the 
offer if he can't get more. The Commission approved the recommendation. 


In this connection the Assistant Attorney requested instructions rel- 
ative to the disposal of additional buildings in Eugene. He advised that nor- 
mally these would be either rented or advertised for sale and recommended sell- 
ing them because there is no shortage of houses in Eugene at the present time 
and he is having a hard time to secure renters. Action on the matter was de- 
ferred by the Commission until the next meeting. 


The Attorney submitted a supplemental report on the controversy with 
Mr. L. E. Stafford, concerning payment for the moving of a barn, in connection 
with a right-of-way purchase near Goshen, in Lane County, the barn having been 
destroyed by fire before the moving operations were started. He read aloud a 
letter from Mr. Stafford's attorney to the effect that Mr. Stefford will not 
deal with the state on the basis of the option he gave the state unless he is 
allowed $600, the amount originally allowed for moving the bern, anc unless the 
deal is consummated in the near future. He recommended that Mr. Stafford be 
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agreement or agreements can be reached, then it is hereby further re- 
solved that J. M. Devers, Attorney for the State Highwey Commission, 
be and he hereby is requested to commence and prosecute to a final 
determination such suit or action as may be necessary and appropriate 
to acquire title to the said premises and all rights therein for the 
purposes herein stated. 


5. That this resolution be entered in full in the minutes 
and records of this Commission. 


The Assistant Attorney also brought up for discussion e claim pre- 
sented by irs. Viola M. Gray for damages which she alleges occurred to her prop- 
erty by reason of a grade change on The Dalles-—California Highway, at Madras. 
He explained that this property is situate across the street from property 
owned by Mr. Wi. A. Ellis to whom the Commission at this meeting authorized pay- 
ment of $100 for the same reason that Mrs. Gray claims damages, and in his 
estimation Mrs. Gray is entitled to consideration because the change in grade 
was not clearly understood when the settlement had been made with her. He rec- 
ommended the reopening of this case and that he be authorized to negotiate a 
settlement with Mrs. Gray. The Commission approved the recommendation. 


Mr. D. L. Callicrate, Portland, representative of the Foster-Kleiser 
Company, was present and left with the Commission a folio containing examples 
of camouflage work which his company performs. The folio was referred to the 


Engineer. 


The Attorney rendered a brief report on a conference with Mr. Frank 
Lonergan, attorney for Mr. J. H. Gilbaugh, who wants to sell to the state for 
park purposes certain property that he owns adjacent to the Columbia River 
Highway near Crown Point, or, if the state does not want the property, that it 
provide access to the Columbie River from the property So Mr. Gilbaugh can mar- 
ket the timber and rock deposits that exist thereon. He stated that Mr. Lon- 
ergan indicated at the conference that Mr. Gilbaugh wants about $10,000 for the 
property. The State Parks Superintendent, who was present, advised that the 
property is of no special value from the state parks' standpoint. The engineer 
suggested refusal of the offer and denial of any responsibility in connection 
with construction of a roadway from the property to the river. The Commission 
approved the recommendation and instructed the Attorney to inform Mr. Lonergan 
that the Commission is not interested. 


The Assistant Attorney presented an offer from Mr. J. D. Bergen, North 
Bend, to either purchase or lease a portion of the property recently acquired 
from him as right of wey in connection with the improvement of the Oregon Coast 
Highway between Marshfield and North Bend, more particularly identified as the 
greenhouse property. He advised that one of the conditions of the purchase was 
that Mr. Bergen would be allowed the use of the area outside of the standard 
width right of way until such time as the state needed the property, provided 
he paid a reasonable rental for the same. Mr. Bergen, he said, prefers to pur- 
chase the property if the state will sell; but if he can't buy it, he is willing 


"Rome Flight Strip Project, on the 1.0.N. Secondary Highway, in 
Malheur County. Clifford A. Dunn, Klamath Falls, submitted the only 
bid for this work, in the amount of $201,645.00. The Commission re- 
fers the bid to the Engineer with power to award the contract when 
certain conditions have been fulfilled. 


"Nye Junction-Grant County Line Rock Production Project, on the 
Pendleton—John Day Highway, in Umatille County. Requires approxi- 
mately 19,000 cu. yds. crushed rock in stock piles. No bids were 
received on this project. 


"Rock Creek-Joseph Rock Production Project, on the Wallowa Lake 
Highway, in Wallowa County. Requires approximately 12,000 cu. yds. 
crushed rock or crushed gravel in stock piles. No bids were received 
on this project. 


Sale of Residence Building in Eugene: 


"Building No. 8948, formerly owned by Katherine Stewart. The 
only bid received for this building was that of Arnold Lindeland, 
Eugene, in the amount of $360.00. The Commission sells this building 
to Arnold Lindeland at his bid of $360.00. 


Sale of Material in Railroad Trestle: 


"Railroad trestle located west of Sunset Camp, in Tillamook 
County. No bids were received for this material." 


The Commission also considered the award of the contract for the 
Port Orford Rock Production Project on the Oregon Coast Highway, in Curry 
County, bids for which were received on June 4, 1942. The Engineer advised 
that performance of this contract cannot be accomplished under the original 
specifications because of wartime regulations orderea by the army authorities. 
However, the low bidder for the project, A. H. Saxton & Son, Corvallis, is 
agreeable to certain changes in the specifications to permit the pro‘ect to go 
forward. He recommended award of the contract to A. H. Saxton & Son on the 
basis of the revised specifications and said that the only alternative is to 
readvertise the project, which raises the question whether or not a satisfac- 
tory bid, if any, can be secured. The Commission approved the recommendation 
and thereupon awarded the contract to A. H. Saxton & Son. 


The Commission signed a letter directed to the fork Projects Adminis- 
tration relative to the use of buildings erected by the WPA at Camp NcNamers, 
in connection with the Wilson River WPA oroject. Such letter advises the bork 
Projects Administration that the buildings are to be usea ior state purposes 
only. 


The Commission discussed briefly 2 report with respect to the pro- 
posed purchase from Mr. Elmer Bankus of certain timber land adjacent to the 
Oregon Coast Highway, in Curry County, but deferred action thereon until the 
next meeting, when Mr. Bankus will be present. 
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not paid such sum unless the payment be ordered by the Court. The Commission 
approved the recommendation. 


The Attorney also brought up for discussion the matter of rentel to 
be charged the Union County Sportmen's Club for the use of a portion of the 
property recently acquired by the Commission from the State Game Commission, at 
Union, Oregon, on which area the club has maintained a clubhouse for a number 
of years under agreement with the State Game Commission. He advised receipt of 
e letter from F. B, Wire, State Game Supervisor, suggesting the lease of the 
property to Union County Sportmen's Club for a period of fifteen years at the 
rate of $1.00 per year. The Commission considered that fifteen years is too 
long a time to tie up this property; however, approved the leasing of the prop- 
erty to the Sportmen's Club for a period of five years at the rate of $1.00 per 
year. The Attorney was instructed to convey such information to Mr. Wire. 


At 2:15 p. m. Chairman Cabell announced the following awards of con- 
tracts, sale of building in Eugene, and sale of material in railroad trestle, 
bids for which were taken at the morning session, the awards having been previ- 
ously approved by the Commission by unanimous vote: 


"Richlend-Halfway Rock Production Project, on the Baker—Homestead 
and Halfway Highways, in Baker County. Requires approximately 8,000 
cu. yds. crushed rock in stock piles. No bids were received on this 
project. 


"Buchanan Rock Production Project, on the Central Oregon Highway, 
in Harney County. Requires epproximately 7,000 cu. yds. crushed rock 
in stock piles. There were no bids received on this project. 


"Walker Mountain Rock Production Project, on The Dalles-California 
and Willamette Highways, in Klamath County. Requires approximately 
19,500 cu. yds. crushed rock in stock piles. No bids were received on 
this project. 


"Salt Creek Falls—Odell Butte lock Production Project, on the Wil- 
lamette Highway, in Klamath end Lane Counties. Requires epproximately 
14,100 cu. yds. crushed rock or crushed gravel in stock piles. No bids 
were received on this project. 


"Alkali Lake Flight Strip Project, on the Lakeview-Burns Highway, 
in Lake County. The only bid receivid for this project was that of 
C. A. Dunn, Klamath Fells, in the amount of $204,368.00. The Commis- 
sion refers the bid to the Engineer with power to award the contract 
when certain conditions have been fulfilled. 


"Dead Ox Flat—Cairo Junction Rock Production Project, on the Old 
Oregon Trail and Central Oregon Highways, in Malheur County. Requires 
approximately 9,500 cu. yds. crushed gravel in stock piles. The only 
bid received for this project was that of Chester T. Lackey, Ontario, 
in the amount of $25,000.00. The Commission ewards this contract to 
Chester T. Lackey at his bid of $25,000.00. 
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and across Section 23, Township 5 North, Range 9 West, 
W. M., Clatsop County, the beginning and ending points 
with reference to the engineer's stations of said re- 
constructed line being Station 2+45 on the westerly end 
and Station 11+05 on the easterly end. 


The location of said abandoned right of way may be more 
definitely and particularly ascertained and determined by refer- 
ence to a map or blueprint marked Exhibit A attached hereto and 
by this reference made a part hereof, which said exhibit for iden- 
tification purposes bears the signatures of F. D. Eason, Division 
Engineer, H. G. Smith, Construction Engineer, and C. B. McCullough, 
Assistant Highway Engineer zand is dated August 17, 1942, upon 
which map or exhibit is reflected the above described parcel of 
land by showing the same shaded in red.* 


2. In the event there remains any physical connection 
between any portion of said abandoned right of way or highway 
and the present highway, ena by reason of such physical connec- 
tion traffic from the existing highway may enter or use the said 
abendoned right of way or highwey to the possible damage or in- 
jury of such traffic by reason of any unsafe condition existing 
with respect to said old or abandoned road, then the State liigh- 
way Engineer is hereby authorized and directed to erect such ber- 
ricede or other safeguards as may be necessary to protect and 
safeguard traffic using and employing said newly located, con- 
structed and dedicated section of said highway. 


3. That this resolution be entered in the minutes and 
records of the Commission and a certified copy thereof promptly 
delivered to the County Court of Clatsop County, together with 
a copy of said exhibit or map, for such action as said County 
Court may desire to take with respect to the fragment of land to 
be abandoned, and should said abandoned section of the right of 
way of said Wolf Creek Highway be further employed for public 
or private highwey purposes such use shall be entirely under the 
control and supervision of the County Court of Clatsop County 
and beyond any responsibility or supervision by the State High- 
way Commission. 


e request of the County Court of Marion 
ty road for a section of the secondary 
state highway in the vicinity of Sublimity. He recalled that the Commission, 
at its meeting on June 25, 1942, authorized such exchange of roads subject to 
the condition that the county would provide a right of way 60 feet wide throu;,! 
out. Investigations have been made by the county court, he said, which reveal 


The Engineer reported on th 
County for the substitution of a coun 
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The Commission elso discussed briefly the question how to dispose of 
obligations for fence construction along highway projects which cannot be con- 
structed until the present war emergency is over. Action thereon wus deferred 
until the next meeting. 


The Engineer reported that a short revision in the Wolf Creek tHigh- 
way near Necanicum, in Clatsop County, has been completed and that the old road 
is no longer of value from the state's standpoint. He recommended that it be 
turned back to Clatsop County for future maintenance or other disposal. The 
Commission approved the recommendation and thereupon adopted the following res- 
olution in regard thereto: 


WHEREAS, in order to afford a better alignment and a more 
satisfactory, safe and convenient highway for the traveling public 
the Commission found it necessary to relocate a portion of the Wolf 
Creek Highway in Clatsop County; and 


WHEREAS, by reason of said relocation and reconstruction 
of said section of highway there was eliminated and made unnecessary 
as a part of the permanent highway a certain section which is more 
particularly defined and described hereinafter in this resolution; 
and 


WHEREAS, it is the judgment and opinion of the Commission 
that there should be recorded in the minutes and records of the Com- 
mission its purpose and plan to abandon as & part of the said highway 
the fragment or portion of right of way hereinafter designated and 
which was heretofore included within the erea of the right of way of 
said highway es formerly located, but which is now without the regu- 
ler limits of said highway as relocated. 


NOW, THEREFORE, the premises being in general as above 
stated, it hereby is resolved by this Commission, all members being 
present and affirmatively voting, as follows: 


1. That the fragment of land confined within the area here- 
inefter described, which fragment or parcel of real property was for- 
merly within the limits of the right of way of the Wolf Creek Highway, 
but is no longer a part of the right of wey of said highway as the 
same has been relocated and constructed be and said parcel of real 
property is abundoned as & part of the right of way of said highway, 
and said parcel of land is, so far as control end supervision by this 
Commission is concerned, eliminated and left to revert to the adjoin~ 
ing and abutting property owners, or to the control and supervision 
of the County Court of Clatsop County for highway or other public pur— 
poses as the Court may determine. The fragment or parcel of land af- 
fected by this resolution is defined and described as follows, to wit: 


All that certain section of the old right of way of the 
Wolf Creek Highway, lying on the northerly side of the right 
of way required for the reconstructed Wolf Creek Highway over 
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reiny season sets in unless it is done in the very near future. The Engineer 
advised that the excuse that no asphalt can be obtained is not well founded 
because he has made arrangements for the delivery of one car of asphelt per 
day. He suggested that the contractor be notified that he must proceed with < 
the paving work at once in accordance with the specifications or the Commission H 
will take action as is provided in the contractual provisions in order to ex- ie 
pedite such work. He estimated that it would teke about one month to do the ; 
Front Avenue paving work and gave as his thought that it would not cause 4 

great amount of inconvenience if the shipyard work were delayed that length of ey | 
time. After discussion the Engineer was instructed to contact the naval offi- mG 
cer in charge of the shipyard work and secure, if possible, the release of the i 
subcontractor on that work a sufficient length of time to complete the Front 
Avenue paving. 


Reconsideration was given by the Commission to the request of the 

Coos County Court for the construction of a parking space for automobiles at 
Sunset Beach. The Engineer estimated the cost of the project at about $350. 

“ He advised, however, that the Sunset Beach Park is owned by Coos County and 
that the parking area is entirely off the state highway right of way. It ap- 
peared to him that the construction of the parking area is strictly a county 
obligation in which the state is not particularly concerned. In this connec- 
tion a report was presented from the State Parks Superintendent giving as his 


thought that the expenditure of funds for the parking area is inappropriate 
j under present wartime conditions. In view of the reports the Commission denied 
the request. 


The Commission also discussed a request from the Myrtle Point Chamber 
of Commerce for the alleviation of a dangerous condition which it is alleged 
exists along the Coos Bay-Roseburg Highway at the souti entrance to Myrtle 
Point. The Engineer advised that to correct this situation would require the 
elimination of three curves and the realignment of a quarter-mile section of 
the highway, at an estimated cost of $11,000. He recommended, in view of the 
expense involved and prevailing conditions, that the request be denied but that 
the project be kept in mind for future consideration inasmuch as it would be 4 
desirable improvement when it can be financed. The Commission approved the = 
recommendation. Be 


The Secretary presented a petition from citizens of Corvallis for 

the construction of an additional 2,000 feet of sidewalk along the Pacific 

Highway West, north of Corvallis, beyond the limits of that proposed in the 

present contract, for the benefit of pedestrian traffic that has increased i 

greatly by reason of activities at Camp Adair. The Engineer estimated that : 

such improvement would cost about $5,800. He advised that, when the plens for 

the Lewisburg-Corvallis Project were made, the matter of footpath end side- ; 

walk construction was given very careful consideration, and the limit of such a 

construction was fixed only after careful study and with full knowledge of : 

anticipated future pedestrian traffic. Existing conditions, he said, are no F 
worse than were anticipated und are not such as to make him vant to change his 

decision. He recommended that the request be denied. The Commission approved a 
} the recommendation. Mr. W. H. Lynch, District Engineer, Publica Roads Adminis- iw 
tration, was present and concurred therein. Mi St 
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that the cost of securing such width right of way will be considerable and the 
court does not feel justified in going to this expense at the present time so 
has asked that the matter be dropped for the time being. The Commission approv- 
ed the report. 


The Commission discussed the advisability of purchasing from the State 
Treasurer certain state highway bonds which he has acquired in connection with 
the investment of state funds under his control. The Engineer advised that the 
State Treasurer has on hand state highway bonds totaling $262,500 which mature 
$37,500 on each April and October, commencing with April 1943 and ending April 
1946; that the State Treasurer purchased them at the rate of $113 for each $100 
par value of the bonds and that the value of the coupons attached therto is 
$37,734.55. He suggested, in view of the present and anticipated financial sta- 
tus of state highway funds, that the Commission do not texe up these bonds in 
advance of maturity because the saving will amount to very little and the high- 
way funds will be needed for other purposes. The Attorney advised that the only 
legislative instruction to the Commission thet he can find pertaining to the 
matter is an instruction to pay interest and principal on highway bonds as und 
when due, and that he cannot find any authority for the Commission to use cur- 
rent state highway funds for the purpose of purchasing outstanding, unmatured 
stete highway bonds. In view of this opinion the Commission decided not to pur- 
chase the bonds; however, instructed the Engineer to inform the State Treasurer 
that the Commission is open-minded in the matter and will reconsider its deci- 
sion if it is ascertained later that the Commission has legal authority to use 
state highway funds for such purpose. 


Matters pertaining to the construction of the Marshfield-North Bend 
Section of the Oregon Coast Highway had the attention of the Commission, partic- 
ularly the rearrangement of the Standard 0il Company's plant in connection there- 
with. The Engineer advised that in the proposed rearrangement of the company's 
plant a considerable quantity of metal will be needed consisting principally of 
pipe but including some structural steel, and that under the arrangement the com- 
pany is to furnish such metal. He pointed out that the project has a low prior- 
ity rating, and it is doubtful that the company will be able to secure the metal. 
He suggested, in view of the fact that the highway work cannot proceed until the 
company's plant has been re-established, that the advertising of the highway proj- 
ect for bids be deferred until assurance is received that the company is able to 
secure the material for the rearrangement of its plant. It was the thought of 
the Commission that the project should not go forward until all physical things 
in connection therewith have been taken care of, including a satisfactory con- 
clusion of errengements with the railroad company as well as with the Standard 
Oil Company; and it was so ordered. The Engineer was instructed to bring the 
matter to the attention of the Commission again before advertising the project. 


The Engineer reported an unsatisfactory condition which exists in con- 
nection with the construction of asphalt pavement on the Front Avenue Project, 
Portlend. It appears that Edlefsen-Wieygandt Company, the original contractor 
for this project, subcontracted the paving work to another contractor who is en- 
gaged in «ork at one of the Portland shipyards and feels thet he is obligated to 
complete such work before constructing the peving work on Front Avenue, and it 
also appears that the Front Avenue paving work will not be completed before the 
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contractor should be required to pay for overtime in accordance with the state itt 
law and the contract agreement. The Attorney was instructed to convey such SHE 
information to the contractor. The Commission considered that it is not par- if 

ticularly concerned with the application of the federal law with respect to 7 

payment of overtime worked in excess of 40 hours but less than 48 hours per 

week, and that it is up to the workman to recover from the contractor if he is i 
not satisfied with the amount given hin. oN 


A letter was presented from contractor Roy L. Houck requesting relief ty 
from the performance of certain work under his contract, No. 2382, for grading i! 
and paving the North Marshfield and Marshfield-Bunker Hill Sections of the Ore~ 
gon Coast Highway, in Coos County, particularly Item No. 51 for furnishing and 
placing aggregates and Item No. 52 for furnishing and placing 151-200 asphalt, 
which items are involved in the construction of shoulders and sidewalk-oiling 
work. The Engineer advised that this contractor does not have equipment or cx- 
perienced men to handle this kind of work and the subcontractor with whom he 
had crranged to do the work cannot do it because of press of wer contracts. - 
He recommended in view thereof that the contractor's request be approved and 
thet the work be done with state forces. The Commission approved the recommen- =. 
dation. Mr. W. H. Lynch, District Engineer, Public Roads Administration, who a 
was present, advised that he would recommend to his superiors that the state's (4 
claim for reimbursement for such force account work be allowed. 


The Engineer brought up for discussion the matter of cancelling con- 
tract No. 2486, Harry I. Hamilton, contractor, for construction of a bridge 
over Spencer Creek on the Oregon Coast Highway in Lincoln County. He advised 
thet the Commission awarded this contract on June 13, 1941, and that the con- 
tractual provisions called for completion of the project on or before January 
31, 1942; further, that, after the excavation and certain other work in connec- 
tion with the project were completed, unanticipated foundation conditions for 
the roadway embankment at each end of the bridge were encountered, resulting 
in subsidence of the embankments and ground movements near the bridge footings. 
He also stated that, because of such movements, he ordered the contrector to 
cease work until the embankments had fully settled and the ground around the 
bridge footings stabilized. It would not be good engineering or construction, 
he said, to complete the bridge work for at least six months after final set- 
tlement of the embankments has taken place. He gave as his thought, in view 
of the circumstances, that it would be only fair to terminate the present con- 
tract at this time end to pay the contractor for the work accomplished and fr 
the materials that he has delivered to the job. He added that the project is 
not vital to the use of the highway and could be postponed until after the war 
without greatly inconveniencing the general traveling public. He recommended 
cancellation of the contract and payment to the contractor of the sum of 
$4,806.49, the value of the material that the contractor has assembled at the 
bridge site, which amount, he said, the contractor has agreed to accept as pay- 
ment in full. The matter was discussed at considerable length, during which 
discussion it wes brought out thet the state's loss by reason of the cancella- 
tion of the contract would not exceed $2,400, and that the state very likely 
would have had to pay the contractor such amount anyway, to cover increased 
labor and material costs, if he had been required to complete the job as it 
was not his fault that the delay occurred. In vier of the circumstances, the 


The Engineer requested authority to enter into a price agreement with 
contractor A. S. Wallace for the stock-piling of an additional 3,700 cubic yards 
of crushed rock in connection with his contract No. 2520, for the Pendleton- 
Meacham Rock Production Project, in Umatilla County. He estimated the cost of 
such material at $6,845. The Commission approved the request. 


The Engineer also requested authority to spend approximately $1,'700 
for the widening of two small bridges on the Wells-Granger Access Road to Camp 
Adair, in Benton County. He explained that the existing bridges are narrow and 
constitute bottlenecks on this road but, if widened for a full width roadway, 
will take care of traffic satisfactorily for the time being. The Commission 
approved the expenditure. 


The Engineer brought up for discussion the matter of improving the 
Pecific Highwey West in the vicinity of Camp Adair where heavy construction- 
hauling operations along and across the highway have done considerable demage 
to the highway pavement. He advised that the Corvallis-Lewisburg contract pro- 
vided for the furnishing of 1,650 cubic yerds of plant-mix materiel for antic- 
ipated repairs between the north end of the project and the Polk-Benton County 
line but such tonnage is not sufficient to maintain the entire section; end as 
a result there is a 3,000-foot section immediately fronting the cantonment, 
where most of the heavy traffic is concentrated, that is going to pieces. He 
requested authority to enter into a price agreement with the contractors, E. C. 
Hall Company end J. C. Compton, for the reconstruction of this 3,000-foot sec- 
tion. He estimated that the work would cost about $32,380, and advised that it 
is proposed to use federal funds to finance the work, if possible. The Commis- 
sion approved the project; however, instructed the Engineer to present a claim 
to the Public Roads Administration for reimbursement for the expense involved. 


Reconsideration was given by the Commission to the matter of payment 
of overtime to workmen émployed on state highway contracts, particularly in con- 
nection with the contracts with E. C. Hall Company, J. C. Compton, and McNutt 
Brothers for the construction of Units "A" and "B" of the Monmouth-Benton County 
Line Section of the Pacific Highway West, in Polk County. The question involved 
is,--does the federal law, which requires contractors to pay time and one-half 
for overtime uorked over 40 hours per week, control; or does the state law, which 
requires the payment of double time for work performed in excess of 48 hours in 
any one week, apply. The Attorney advised that, according to his interpretetion 
of the law, the federal act does not apply to highway construction inasmuch es 
the "Fair Lebor Standards Act of 1938," which is the federal act, is by its terms 
made epplicable to "commerce" and to the production of "goods" for commerce; 
whereas the construction of the highway involved in the contracts under consid- 
eration is neither interstate commerce nor the production of goods for commerce. 
Further, if his interpretation of the federal act is correct, then it follows 
that the Oregon statute and not the federal statute prevails with respect to the 
labor provisions of these contracts. In other words, the contractors should be 
reauired to pay double time for all time worked in excess of 48 hours per week, 
noti.ithstanding that they allege that they are working under the federal act and 
are not required to pay more than time and one-half for all overtime worked in 
excess of 40 hours per week. The matter was discussed at considerable length; 
and it was the Commission's decision, in view of the attorney's opinion, that the 
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in accordance with the provisions of the resolution that was edopted by the 
Commission at its meeting on February 13, 1942. According to this opinion the 
State Highway Commission has legal authority to issue such permits which will 
operate as a modification of the law and will constitute authority to the Pub- 
lic Utilities Commissioner to require carriers to declare the maximum lozd that 
they will carry under such permits and to compute the fees to be paid by such 
carriers on the basis of the length and weight therein provided. (See opinion 
dated August 25, 1942, in general files) The Commission expressed approval of 
the opinion and ordered it filed. 


i i i ee 


A letter was presented from Lt. Wm. J. Bennett, Assistant Engineer 
Officer, United States Army Air Corps, Spokane, Washington, requesting permis- 
sion to operate over Oregon highways, as occasion may require in the salvaging 
of wrecked airplanes, certain tractor-type truck and trailer equipment larger 
in size than is permitted under the Oregon statutes. The Engineer recommended 
approval of the request, in view of the fact that the law, as now written, ex- 
empts governmental equipment from the provisions of the statute. The Commis- 
sion approved the recommendation. The Secretary was instructed to bring to the 
attention of Lieutenant Bennett the exemption feature of the law and to inform 
him thet, notwithstanding the same, the Commission will appreciate compliance 
with its rulings which require such movements to be accompanied by flagmen as 
protection to other traffic. 


: The Commission discussed briefly and ordered filed a copy of the in- 

) structions that have been issued by the Roaring River Logging Company to its 
truck drivers with respect to the truck hauling of logs over state highways, 
which instructions are in conformity with the intent of the Commission as ex- 
pressed in permits that are issued covering such operations. (See copy of 
instructions dated July 22, 1942, in general files.) 


The Commission also discussed briefly and ordered filed a report from 
the State Police Department with respect to a violation committed by one James 
Ervin Cerlin who was arrested for transporting over the Oregon Coast Highway, 
near Seaside, a load of logs having an overall height in excess of the legal 
limits. According to the report Mr. Carlin wes cited to the Justice of the 
Peace at Warrenton who dismissed the case and remitted the bail furnished by 
the accused, and who tendered his apologies for the arrest and inconvenience 
caused Mr. Carlin and the Converse & Hickman Logging Company, for whom he was 
working. 


The Attorney reported receipt of a request from Mr. Hans Hanson, 
wholesale distributor, Klemath Falls, for the filling in of a depression in 
front of his building whichwes re-established to accommodate the improvement 
of South Sixth Street, Klamath Fells. It appears that when the buildings of 
this company and others were set back to accommodate the highway improvement, 
the vacated area was not brought to the proper level and the property owners 
concerned are desirous of having the holes filled in. The Engineer advised 
that the filling in of the holes is a right-of-way obligation and recommended 
aprovel of the project which he estimated would cost approximately $500. The 
Commission approved the recommendation. 


Commission decided to cancel the contract and ordered that the matter be cov- 
ered by written agreement between the contractor and the state. 


Mr. T. H. Banfield, President of the Iron Fireman, Portland, came 
before the Commission and requested permission to construct an entrance to 
the Front Avenue Highway, Portland, from property recently acquired by them, 
between liontgomery Street and Hall Street. He advised that the approach 
would be used as an exit only, so the crossing of the highway would not be 
involved. He was informed by Chairman Cabell that the Commission has an es- 
tablished policy which will not permit use of entrance driveways along this 
thoroughfare because of the hazard to highway traffic that would be created. 
However, if the one reqested by the Iron Fireman is to be used as an exit 
only, and traffic from the plant will not have to cross the highway, that is 
a different matter and could be given special consideration. The matter was 
thereupon referred to the Engineer for investigation. 


The Engineer requested authority to post signs on the Little Nes- 
tucca Secondary Yighway prohibiting the truck hauling of logs between mile- 
post 5.2 at the Nestucca River Bridge and milepost 8.7 near Dolph. He ex- 
plained that this is a narrow, one-way road and that the bridges thereon are 
suitable for light traffic only, The Commission approved the request. 


The Commission discussed a complaint relative to the taking of sand 
and gravel from the ocean beach at Oceanside, Tillamook County, It appears 
that materials are being taken from this beach for the construction of a navy 
.e blimp base south of Tillamook and that the beach and adjacent private property 
are being damaged thereby, The question arose whether or not the Commission 
i, should prohibit the taking of material from this source. The matter was re- 
} ferred to the Engineer with instructions to inform Lieutenant Commander W. J. 
Stribling, who has charge of the blimp base construction, that the Highway 
Commission has jurisdiction over the area and to ascertain from him just what 
the government's plans are with respect to securing of additional materials 
at this location. 


The Engineer brought up for discussion a proposed change in policy 
with respect to the cost of installing, maintaining and operating direction- 
al signs on state highways within municipalities. He advised that under the 
present policy the state furnishes and installs such fixtures, but requires 
the cities to pay the operating costs, which is not a satisfactory arrange- 
ment. He recommended that, in order to avoid complications, the state as- 
sume all expense in connection with such installations, including the operat- 
ing expense; also, that arrangements be made with the cities, if possible, 
to pay for electrical operating current in the first instance, reimbursement 
to be made by the state later, in order to secure advantage of the lower 
rates which are usually extended to the cities by the power companies. The 
Commission approved the recommendation and so ordered, 


The Secretary presented an opinion from the Attorney General with 
respect to the Commission's authority to issue emergency transportation permits 
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doing the Commission could avoid damage to the highway, which damage, accord- 
ing to the Engineer, could be avoided by an expenditure at this time of cn 
amount not in excess of $200. The Commission decided that it is not justi- 
fied in joining in the proposed arrangement and instructed the Attorney to 
convey such information to the attorneys for the Southern Pacific Company. ~? > 
presented the proposal. 


The Commission discussed the question what can be done to encourage 
contractors to submit bids for highway construction work, particularly rock 
production projects, it being apparent from the number of bids received ct 
this meeting that contractors are not particularly interested; and unless 
: something is done to revive their interest, the state will be hard put to 
properly maintain highways when the present supply of stock-piled materials 
is exhausted. The matter was discussed at some length and it was decided to 
direct a letter to the Wer Production Board, advising the seriousness of the 
situation and urging modification of the priority rulings, requirements and 

. regulations, so as to make it possible for contractors to secure needed equip-— 
ment and repair parts for the same. The Attorney was thereupon instructed to 
prepare an appropriate resolution covering the matter for adoption by the Com- 
mission at its next meeting. A certified copy of the resolution is then to 
be sent to the War Production Board by letter over the signature of Chairman 
Cabell. “é 


: The Engineer reported a request from the Oregon Washington Railroad 
& Navigation Company for the closing of the railroad grade crossing on the 
: county road at Corbett, and an inquiry whether or not the Highway Commission 
would object to use by the general public of the passageway that was built 
: under the railroad tracks near this point, to facilitate the operations of 
highway contractors in this vicinity. He advised that the underpass wes con- 
structed as a temporary proposition and will be closed as soon as the new high- 
way has been completed. He questioned the advisability of allowing its use by 
the general public and the closing of the grade crossing because, in his esti- 
mation, it would be difficult later on to prohibit its permanent use and the 
state then probably would be called upon to build a permanent structure and 
to maintain the roadway leading to the same. The Commission concurred in the 
viewpoint of the Engineer and thereupon voted not to allow the use of the 
underpass except as a temporary expedient. 


The Parks Superintendent, Mr. S. H. Boerdman, was present and re- 
ported on the following state park matters: 


Wayside strips along Poison Creek Section of the John Day-Burns 
Highway:-The Parks Superintendent reported on the telegraphic request 
of County Judge Nelson B. Higgs, of Harney County, for the withdrawal 
of the Commission's application for recreational lands situate adjacent 
to the John Day-Burns Highway in Poison Creek Canyon. He advised that 
the Harney County Court some time ago filed an application with the 
: Department of the Interior for the use of these lands for recreational 
purposes but the application was never completed; so, after first es- 
certaining that the county court had decided to abandon the project, he 
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A letter was presented from Mr. J. W. Edwards, Assistant Superintend- 
ent of the Portland Public Schools, advising that their eighth grade curriculum 
has been revised to include a study of Oregon history as a basis for the year's 
work, and inquiring as to the possibilities of securing 3,500 copies of the 
Oregon highway map for use in connection therewith. The Engineer advised that 
the supply of maps is rather low, fewer having been printed this year than here- 
tofore because of the anticipated decrease in travel, so it will not be possible 
to furnish the number desired without seriously depleting the stock. He sug- 
gested, if the Commission desires to cooperate, the furnishing of 1,000 maps 
free of cost. The Commission approved the suggestion. 


The Engineer brought up for discussion the functioning of the Highway 
Traffic Advisory Committee, which it is proposed to finance with federal strate- 
gic highway network funds that are available to the State of Oregon for planning 
survey work. He presented a program, which has been adopted by the Committee, 
and an operating budget for the twelve-month period commencing September 1, 1942, 
and ending August 31, 1943. He pointed out that the total cost of operating this 
department during such period is estimated at $7,600, of which amount the state 
will be required to pay $1,416. He recommended that the program and budget be 
approved and that both be presented to the Public Roads Administration in order 
to secure the federal moneys. The Commission approved the recommendation. (See 
budget in general files.) 


The Commission also approved the appointment of Mr. Floyd Cook as 
Executive Secretary of the Traffic Advisory Committee at e salary of $250 per 
month for the first two months and $300 per month thereafter. 


Chairman Cabell inquired as to the status of erection of the dim-out 
signs along the Oregon Coast Highway and was informed that the signs have all 
been erected in accordance with army orders and requirements. 


Chairman Cabell also inquired as to the status of the state's claim 
against the Southern Pacific Company and the California-Oregon Power Company 
for damage that occurred to The Dalles-California Highway as ea result of the 
breaking of a dike at Algoma, Klamath County. The Attorney advised that the 
suggestion has been made by the defendants that the State Highway Commission 
and the other parties concerned engage in a joint effort to reconstruct the 
canal which broke, the purpose of such reconstruction at this time being two- 
fold; namely, to prevent the breaking of the south wall of the canal and to 
reclaim the flooded area so as to eliminate conditions which are injurious to 
the health and welfare of the community. He also advised that the estimated 
cost of doing such work is $10,000 and that it is proposed to divide this ex- 
pense equally among the four participants. Furthermore, the state is being 
asked to assume a share of the maintenence expense for the next three years. 
The only grounds upon which he could base justification for an expenditure of 
state highway funds in connection with this proposed undertaking is that by so 
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The Commission had under discussion the following requests for exten- 
sions of time within which to complete highway construction projects: 


M. L. O'Neil & fon, contract No. 2505, for grading and topping 
the Wrights Point-Nerrows Section of the Frenchglen Secondary High- 
way, in Harney County, requested an extension of time from November 
30, 1941, to July 15, 1942, within which to complete this job. They 
attributed their failure to complete the project within the specified 
time limit to difficulties in securing lebor and adverse weather con- 
ditions which would not permit the starting of the job as soon as they 
anticipated. The Engineer advised that the reasons given by the con- 
tractor for failure to complete the project within the syecified time 
are correct. He further stated that the public was not inconvenienced 
by the delay, neither did the state incur any extra expense for engi- 
neering supervision. He recommended in view of the circumstances thet 
the extension of time requested be granted without penalty. The Com- 
mission approved the recommendation. 


G. J. Eldon, contrect lio, £551, for the furnishing of surfaciny 
materials in stock piles for the Polallie Creek-Hood River Rock Pro- 
duction Project on the Mt. Hood Righway, in Hood River County, re- 
quested an extension of time of one month, from July 31 to August 31, 
1942, within which to complete this job. He gave the following ree- 
sons for failure to complete the project within the specified time 
limit: snow conditions along the highway which prevented commence- 
ment of the work until late in March, inability to secure sufficient 
labor to keep the crushing plent and hauling plant in operation for 

a single shift consistently; and difficulties in securing repair parts 
for his equipment. The Engineer advised that the reasons given by the 
contractor for overrun of time limit are correct. He recommended, in 
view of the circumstances, that the extension of time requested be 
granted without penalty. The Commission approved the recommendation. 


The Engineer reported that contracts Nos. 2535 and 2592, for construc- 
tion of state highway projects, have been completed according to the terms of 
the contracts or modificetions thereof, and that said jobs are now ready for ac- 
ceptance. The following resolution accepting the above projects was offered en 
was adopted by the unanimous vote of the Commission: 


WHEREAS, the Engineer has reported that the following State High- 
way Commission contracts for the construction of state highway projects 
have been completed according to the terms and provisions of the con- 
tracts and said jobs are now ready for acceptance: 


Contract \No. 2535, with Rogers Construction Company, for 
furnishing crushed rock in stock piles for the Drews Valley 
Rock Production Project on the Klamath Falls-Lakeview Highway, 
in Lake County. Completed July 1, 1942. 


Contract No. 2592, with Babler Bros., for oiling the Lower 
Bridge-Terrebonne Section of the Lower Bridge-Terrebonne County 
Road, in Deschutes County. Completed August 13, 1942. 


filed the Commission's application in order to protect the timbered 
waysides which are an attraction and should be preserved in their 
natural state. It was the attitude of the Commission that the lands 
should be preserved and that either the county or the state should 
control them. The Parks Superintendent was instructed to ascertain 
the plans of the county court with respect to the use of the prop- 
erty and to arrange for the withdrawal of the Commission's request 
in the event the county court intends to complete its application 
for recreational purposes and desires jurisdiction. 


Sele of burned timber along the Wilson River Highway:-The Parks 
Superintendent reported receipt of a proposal from Mr. James McCrea, 
Tillamook, to purchase at the rate of $1.00 per M FBM the burned tim- 
ber along the Wilson River Highway west of McNamers Camp. The Com- 
mission approved the sale of the timber at such rate if more cannot 
be secured; however, instructed the Parks Superintendent to endeavor 
to interest other parties therein before consummating the sele to 
Mr. McCrea. 


Sale of old garage building:-The Parks Superintendent reported 
a request from Mr. James F. Grimes, Wolf Creek, Oregon, for an old 
garage building located on state-owned property opposite highway en- 
gineer's station 257+00 of the relocated Pacific Highway between 
Coyote and Grave Creek, in Josephine County. He advised that the 
building has no value and recommended that it be given to Mr. Grimes 
if he will remove it at his own expense and will thoroughly clean up 
the premises. The Commission approved the recommendation. 


Attendance in state parks:-The Parks Superintendent reported 
briefly on the use of state parks this year by the general public. 
He advised that attendance has fallen off considerably due to wartime 
conditions, the average decrease in all parks for the seven-month pe- 
riod ending July 31, 1942, being 70 per cent. The attendance 
in Silver Creek Falls State Park during the month of June, he said, 
was 59 per cent under that for June 1941; and in the Lincoln County 
group of state parks the attendance in June of this year was only 83 
per cent of that for June 1941. 


Monthly financial perks statement:-The Parks Superintendent sub- 
mitted and the Commission approved the following financial report 
concerning the operations of his department during the first seven 
months of 1942: 

Expenditures 
1942 Budget to July 31 Balance 
Acquisition $ 7,160.27 $20,496.48 $13 ,336.21- 


Betterment 3,833.30 5,017.06 1,183. 76- 
Operation & Maintenance 42,134.85 20,238.77 2 0 
$53,128.42 $45,752.31 $ 7,376.11 


1942 


Portland, Oregon, September 30, 142 


The State Highway Commission met in regular session at 9:40 p. m. in 
Room 515, Imperial Hotel. Present were! 


Henry F. Cabell, Chairman 

Huron W. Clough, Commissioner 

Herman Oliver, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


The Commission by unanimous vote approved the minutes of the meetings 
held on May 7, May 19, June 3 and 4, and June 24 and 25, 1942. 


The Assistant Attorney reported briefly on the status of the right 
of way budget, which report the Commission approved unanimously. 


The Assistant Attorney requested authority to acquire certain parcels 
of real property that are needed for various highway improvements throughout 
the state. He submitted a list of such properties, together with offers that 
he recommended be made in connection with each parcel. After careful consid- 
eration of the individual items the Commission approved the request and there~ 
upon by unanimous vote adopted the following resolution in regard thereto: 


WHEREAS, in connection with the further improvement of the 
highways hereinafter designated, it is and has been necessary to ac- 
quire property for right of way, quarry sites, gravel or other mate- 
rial sites, or sites for the storage of materials, as hereinafter 
more definitely set forth, and 


WHEREAS, as a result of negotiations carried on with the 
owners of the property required, options have been obtained, which 
options have been considered by the Commission, outlining the bases 
of settlement which have been agreed upon, and 


WHEREAS, it is the judgment of the Commission that the said 
options should be approved and accepted, and/or the said reports be 
declared acceptable to the Stete Highway Commission as bases of set- 
tlement for the properties involved, and that the acquisition of the 
properties should be completed: 


NOW, THEREFORE, BE IT RESOLVED that the several offers, or 
bases of settlement hereinafter enumerated be, and the same hereby 
are, approved and accepted, and that the Attorney for the State High- 
way Commission be, and he hereby is instructed to complete the acqui- 
sition of the said properties and to take title thereto in the name 
of the State of Oregon. The said properties hereby ordered and au- 
thorized to be acquired are as follows: 
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THEREFORE, BE IT RESOLVED that the work covered by said state 
highway contracts for the construction of said state highway projects 
be declared completed according to the terms of the respective con- 
tracts, and said jobs are hereby accepted and final payment in con- 
nection with each is hereby authorized 


The Commission considered and signed agreements, etcetera, as follows: 


Agreement with City of Central Point covering improvement of 
Pine Street, from Front Street to the east city limits. 


Agreement with the Lutheran Brotherhood of Minnesota and Leslie 
M. Hammond, being an easement for a detour road to be used in con- 
nection with the construction of the Willamette Highway, between 
Goshen and Lowell. 


Agreement with Ruben W. Smith and wife providing for the elim- 
ination of a road approach to their property on Sexton Mountain. 


Agreement with F. W. Falk for securing of borrow materials 
needed for the Corvallis-Monmouth Project. 


Agreement with Matt Erickson authorizing truck hauling of logs 
across state property adjacent to the Salmon River Highway, in 
Tillamook County. 


Agreement with Leonard & Slate with reference to their contract 
No. 2483 for grading, surfacing and oiling the Boswell Ranch-Follett 


Ranch Section of the Wallowa Lake Highway, in Union County. 


Bargain and sale deed conveying unto Alsea Hawley a small par- 
cel of land adjacent to the Pacific Highway, in Douglas County. 
Real property file No. 8407. 


Bargain and sale deed conveying unto Klamath County School 
District 1.69 acres of land adjacent to the Green Springs Highway, 
in Klamath County. Real property files No. 9657 and No. 9769. 


The Commission discussed a date for its next regular meeting for the 
receiving of bids and decided to hold such meeting in Portland on Thursday, 
October 1, 1942. The Secretary was instructed to make the usual arrangements 
to hold this meeting in the auditorium of the Public Service Building. 


There being no further business to come before the Commission at 
this time, the meeting was adjourned at 5:15 p. mn. 


AAA P< 
State Highway Engineer Ghatrend 


bin/ 


a 


Section, Hwy., and Owner Purpose Acres Approximate Amounts 


#9311-Judkins, Edward F. $300 per acre 
$1000 LUMP SUM plus 


Sexto ntair 


n oun LL 0. 4 gzants rass A ii } g t 
8249A4-Smith, Charles $1.56% per acre 
Frederick 


Me i 


10494-Boggs, Olive C., Jr. Sidewalk and curb ease- 
ment. $150 LUMP SUM 


Permit to connect with Witt 
Riverside water pipe line 


ardner Ranch-perge 
6500-Leppin, Adolph 
George Holman 9.15 $200 per acre plus 
$1777.50 Collins 


*The Attorney was instructed as follows relative to certain items contained 
in this resolution: 


Item No. 10624, Peninsula Drainage District #2, Denver Avenue- 
Union Avenue Section of the Pacific Highway West:-The Commission 
approved this settlement as to price provided it is necessary to 
acquire the property to effect a settlement on the adjoining Gault 
property which is needed in connection with the construction of a 
traffic grade separation structure at this point. 


In this connection the matter of acquiring the Gault property 
was discussed. The Assistant Attorney placed a value of $12,412.78 
on the property and advised that Mr. Gault is demanding the sum of 
$34,750.00. The matter was discussed at considerable length and 
as a result thereof the Commission authorized payment of $15,000 
for the property if it can be purchased out of court. In the event 
it is necessary to condemn the property then the Attorney is to of- 
fer Mr. Gault the sum of $12,500 in connection therewith. 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Cannon Beach Junction-Tillamook County Line Section, Neeanicum Highway 
5023-A Clatsop County Stock Pile 2.8 LUMP SUM - $1.00 Eason 


Deadman Creek~Brooks Section, Wilson River Highway 
10610-Coates, W. Stanley Easement 1.09 LUMP SUM - $1.00 McChesney 


Barnes Road-HMultnomah County Line Section, Wolf Creek Highway 

10505-Daniels, W. N. and RAW 0.34 $1,000 per acre 
Vera L. Nicholson 

10617-Johnson, J. L. and n" 0.56 $1,000 per acre 
Ethel T. 

10504-Lavorate, Joseph L. " 0.36 $1,000 per acre 
and Rita M. 


Berger Ranch-Barnes Road Section, Wolf Creek Highway 
oe age ne Albert and Emma R/W 12.64 $225 per acre + $1156 Landon 
5196- 
10502-Nelson, Edward E, " 2.41 $1000 per acre + $500 
5209-Bauer, Herbert * 9.08 $250 per acre + 

$4137.50 


Denver Avenue-Union Avenue Section, Pacific Highway West 
*10624-Peninsula Drainage R/W 0.844 250-foot frontage Parker 
District #2 at $5 per front foot 
- $1250 


Front Avenue Project, Columbia Street South, (Portland) Pacific Highway West 


8221-lMatis, Pauline R/W 1800 sq.ft. $800, _ WMeCallister 
bldg. ,estimated $2500 
Butteville Road-Hubbard Section, West Portland-Hubbard Highway 


#3214-A Lewis, Julius C. R/W 23.92 $100 per acre + Witt 
Flight Strip $2608 Benson 


Halsey-Harrisburg Section, Pacific Highway 

10274-Brickheimer, Henry and R/W 0.51 $200 per acre + 
A. J. Jacobs and Kenna 917.50 
Hughes 


Goshen Junction Section, Willamette-pacific Highway 


10519-Richards, Retta M. R/W 2178 sq.ft. 1f sq. ft. + mov- 
ing fence and Benson 
advertising sign 


perks, parking places, auto camps, camp sites, roadside development, 
recreational grounds or resorts, and other places of attraction and 
scenic value; and 


WHEREAS, said Highway Commission is authorized to acquire 
by purchase, agreement, donation, or by the exercise of the power of 
eminent domain real property, or any interest therein, necessary or 
deemed by the Highway Commission necessary for the accomplishment of 
any and all of the foregoing things; and 


WHEREAS, in the judgment of the Highway Commission the sev- 
eral tracts or parcels of land hereinafter described are each end all 
necessary for the specific and particular purposes hereinafter specif- 
ically set forth; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the State 
Highway Commission as follows: 


1. That the Commission does hereby find and declare that 
the several parcels of real property hereinafter described are each 
and all necessary for the accomplishment of the purposes hereinefter 
expressly and specifically set forth, which said real properties and 
the specific purposes for which the same are being acquired are de- 
scribed as follows, to wit: 


Real property owned by Dewey D. Gault, which property 
is located in Sections 33 and 34, Township 2 North, Range 1 
East, and in Sections 3 and 4, Township 1 North, Range 1 
East, W. M., Multnomah County, Oregon, and is more partic- 
ularly described on the attached sheets and designated as 
Parcel No. 1 and is further identified in the records of the 
Highway Commission as file R 5670, and which property is 
being acquired for right of way purposes in connection with 
the Pacific Highway;* 


Real property owned by Harry S. Stewarc, et al., which 
property is located in the northwest quarter (NWE) of the 
southeast quarter (SE}) and in the southwest quarter (swt) 
of the northeast quarter (NE{) of Section 22, Township 33 
South, Range 6 West, W. M., Josephine County, Oregon, and is 
more particularly described on the attached sheets and des~ 
ignated as Parcel No. 2 and is further identified in the 
records of the Highway Commission as file R 10425, and which 
property is being acquired for right of way purposes in con- 
nettion with the Pacific Highway;* 


Real property owned by Core Follett, et al., which prop- 
erty is located in Section 1, Township 1 North, Range 40 East, 


W. Me in Government Lot 2 (Nit of NEt) of Section 1, Township 1 
North, Range 40 East, W. M., and in the southwest quarter (SW) 


of Section 6, Township 1 North, Range 41 East, |. M., all in 
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Item No. 3214~A, Julius C. Lewis, Aurora Flight Strip Project:- 
This settlement was approved as to price, based upon the taking of 
the entire property, but notification of the same is not to be given 
to the owner until the method of handling the project has been worked 
out further with the Federal Government. 


Item No, 9311, Edward F. Judkins, Eugene-Goshen Section of the 
Willamette Highway:-This settlement was approved as to total price 
but the Attorney was instructed to arrange for the purchase of land, 
only, at this time, if possible, and for the payment of the damage 
items when actual construction of the highway is undertaken. 


chase of a quarry site from Fayette Mettie for use in connection with the Nye 
Junction project, in Umatilla County, right-of-way file No. 10609. He advised 
that Mr. Mettie owns 46 acres of land which he is willing to sell to the state 
for the sum of ¥1,000 provided he is allowed to retain the timber standing 
thereon and is granted the right to remove the timber from the property, and 
is also granted the right to use the property in conyection with the logging 
of timber on adjacent land that he owns, and is allowed to continue the use 
of a certain cattle pass now constructed under the highway. He recommended 
acceptance of the arrangement. The Commission approved the recommendation, 


The Assistant Attorney also requested authority to institute con- 
demnation suits to acquire the following properties: 


Dewey D, Gault property at intersection of Union and Denver 
Avenues, Portland. Recommended offer in condemnation $12,500; 


Harry S, Steward property needed for the Wolf Creek-Grave 
> Creek Section of the Pacific Highway. Recanmended offer in con- 
demnation to clear title,only, $149.00; 


Cora Follett property on the Boswell Ranch-Yollett Ranch Seq- 
tion of the Wallowa Lake Highway, in Union County. ecommended 
offer in condemnation $1,628.45. 


After discussion the Commission approved the request and the offers recommended. 
The following resolution with respect thereto was adopted by the Commission by 
unanimous vote: 


WHEREAS, the State Highway Commission is authorized to locate, 
relocate, construct, reconstruct, maintain, widen, straighten, and other- 
wise improve state highways, both primary and secondary, and said Com- 
mission is also authorized to construct shops, equipment sheds, office 
buildings, maintenance sites, patrolmen accommodations, and snow fences, 
and is authorized to acquire quarry sites, gravel pits, storage sites, 
stockpile sites, weighing stations, and broadcasting stations, anc is 
further authorized to develop, construct, improve, operate, and maintain 


cr? 50 1942 
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The Commission discussed a letter from the Good Roads Amendment Com- 
mittee of the Oregon State Motor Association in which request was made for a 
statement from each member of the Commission and from the State Highway Engi- 
neer in support of Constitutional Amendment No. 304 which pertains to the di- 
version of gasoline tex revenues to other than road purposes. The object of 
the bill is to freeze gasoline tax revenues for road purposes by constitutional 
amendment, and the statements desired by the committee ere to be used for pub- 
licity purposes in support of the proposal. In a discussion of this matter 
the Commission took the position that, while it is against the diversion of 
road moneys for purposes other than road construction, such moneys have been 
provided by the people and the matter of how the money should be spent should 
be determined by the people rather than by the Highway Commission which is sin- 
ply the spending agency of the people. In view of this policy the Commission 
decided not to furnish the statements requested. 


The Commission adjourned at 11:50 p. m. to reconvene the following 
morning in the Public Service Building. 


Portland, Oregon, October 1, 1942 


The State Highway Commission reconvened in reguler session at 9:00 
a. m. in the auditorium of the Public Service Building. Present were: 


Henry F. Cabell, Chairman 

Huron W. Clough, Commissioner 

Herman Oliver, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


Bids as follows for highway construction work and for the sale of 
real property near Goshen, in Lane County, were opened and read in conformance 
with previously published notices, following which Chairman Cabell announced 
that the awards would be made at 2:00 p. m. in the same room: 


BAKER-HOMESTEAD AND HALFWAY HIGHWAYS 
RICHLAND-H§LFWAY ROCK PRODUCTION PROJECT 


No bids received on this project 


CENTRAL OREGON HIGHWAY 
BUCHANAN ROCK PRODUCTION PROJECT 


No bids received on this project 


THE DALLES-CALIFORNIA AND WILLAMETTE HIGHWAYS 
WALKER MOUNTAIN ROCK PRODUCTION PROJECT 


No bids received on this project 
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Union County, Oregon, and is more particularly described on 
the attached sheets and designated as Parcels Nos. 3, 4, and 5, 
and is further identified in the records of the Highway Com- 
mission as files 9356 and 9356A, Parcels Nos. 3 and 4 being ac- 
quired for right of wey purposes and Parcel No. 5 being ac- 
quired for the purpose of securing roadbuilding materials 
therefrom in connection with the Wallowa Lake Highway.* 


2. That the Commission does hereby find and declare that 
each of the said described parcels of real property is necessary and 
acquisition of the same by the State is required for the specific pur- 
poses hereinabove set forth, and the said properties are being ac- 
quired for the express and specific purposes in this resolution set 
forth. 


3. That the State Highway Engineer be and he hereby is in- 
structed and directed to make or cause to be made all surveys necessary 
in connection with the determination, description, and acquisition of 
said real properties, and said Engineer is further instructed to pre- 
pare and submit to the Legal Department necessary and adequate descrip- 
tions of the said real properties, which said descriptions shall be 
available for the preparation of any deed or deeds or other instrument 
or instruments necessary to complete the acquisition of seid property 
or properties, whether said properties be acquired by purchase, dona- 
tion, agreement, or by the exercise of the power of eminent domain. 


4. That J. M. Devers, Attorney for the State Highway Com- 
mission, be and he is hereby requested, authorized, and directed to 
attempt to agree with the owmer or owners and/or with the tenants or 
persons in possession, if there be any, of said parcel or parcels of 
land with respect to the compensation to be paid for the taking of the 
same and the damage, if there be any, and in the event that no satis- 
factory agreement or agreements can be reached, then it is hereby fur- 
ther resolved that J. M. Devers, Attorney for the State Highway Com- 
mission, be and he hereby is requested to commence and prosecute to a 
final determination such suit or action, or suits or actions, as may 
be necessary and appropriate to acquire title to the said premises and 
all rights therein for the purposes herein stated. 


5. That this resolution be entered in full in the minutes 
and records of this Commission. 


¥(The detailed descriptions of the respective parcels of real property 


mentioned in this resolution are ettached to the original resolution 
on file in the office of the State Highway Commission, Salem, being 
Resolution No. 29, under the heading "Real Property Condemnation Reso- 
lutions," and said descriptions by this reference are made a part of 
this minute entry to the same extent as if copied in full herein.) 
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matter was discussed at considerable length but definite «ction thereon was 
deferred pending consultation with the United States District Attorney, Mr. 
Carl Donaugh. The Commission's attorney was instructed to contact Mr. Donaugh 
at once and ascertain whether or not he would be willing to assume the respon- 
sibility for condemning the property. 


The Attorney brought up for discussion the controversy with regard 
to the purchase of the Elkins property south of Monmouth which is needed in 
connection with the reconstruction of the Pacific Highway West at this loca- 
tion. This property was inspected by Commissioners Clough and Oliver on the 
previous dey and by Chairman Cabell previously. The discussion brought out 
that Mr. Elkins originally agreed to sell the property for $15,000, less th: 
value of the crops growing thereon in the event the land was not taken before 
the crops were harvested; and, inasmuch as the crops have been salvaged, he is 
now willing to settle for $14,000. Also entering into the transaction is the 
matter of damage to the property by reason of the highway construction, incluc- 
ing that resulting from erosion; and the matter of providing for irrigation. 
The Commission authorized the rearrangement of the irrigation system but re- 
fused to make an allowance for damage caused by erosion unless Mr. Elkins can 
prove such damage and establish a definite amount of loss to him by reason 
thereof. The Commission authorized the Attorney to pay Mr. Elkins, in full 
settlement for his property, the sum of $12,000. If such offer is refused then 
the property is to be condemned and he is to offer Mr. Elkins the sum of $10,000 
in connection with the condemnation proceedings. (The Attorney later settled 
with Mr. Elkins for the sum of $12,000.) 


Mr. W. C. Baugh came before the Commission in regard to the purchase 
of 12.73 acres of land which was purchased by the state in connection with the 
acquisition of right of way for the Wolf Creek Highway, said property being 
situate at the intersection of the Wolf Creek Highway and the county road about 
one mile west of North Plains. Mr. Baugh advised that he has recently pur- 
chased property immediately back of the state's property and would like to ac- 
quire the state's property so as to control the entire area between his prop- 
erty and the highway. He offered $900 for the tract which is at the rate of 
approximately $75 per acre, and agreed to relinquish right of access to the 
highway inasmuch as there is available to him another road to North Plains. 
The question arose whether or not a portion of this area is needed in connec- 
tion with a prospective traffic separation structure at the intersection of 
the highway and the county road. In view thereof the Commission deferred its 
decision until the next meeting, The Engineer was instructed to investigate 
the road crossing matter in the meantime and report his findings at such 
meeting. 


Messrs. Chas. A. Hart, Chief Counsel, and A. J. Witchell, Chief 

Engineer, of the United Railways Company, were present and discussed with the 
Commission the matter of renewing the company's franchise for the maintenance 
of its railroad tracks on the St. Helens Road (Lower Columbia River Highway) 

where it passes through the Guilds Lake industrial district of Portland. Mr. 
Hart was spokesman. He advised that the company appreciates the reasons that 
prompted the Commission to refuse the company's request for the renewal of the 
franchise for an indefinite period but would like the Commission to reconsider 
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WILLAMETTE HIGHWAY 
SALT CREEK FALLS-ODELL BUTTE ROCK PRODUCTION PROJECT 


Eugene Sand & Gravel Company $44,304.00 


ALBANY-LYONS SECONDARY HIGHWAY 
CRABTREE CREEK-JORDAN SECTION - GRADING, SURFACING, MAINTENANCE MATERIALS 


H. C. Walling dba Salem Supply Company $31,563.00 


AURORA FLIGHT STRIP PROJECT 
Using Asphalt Using Tar 
Warren Northwest, Inc. $309,990.00 $309,990.00 
Porter W. Yett - - 368,505.00 


WILSON RIVER HIGHWAY 
MILLS BRIDGE-MCNAMERS CAMP ROCK PRODUCTION PROJECT 


F. C. Feldschau & Son $70, 344.00 
Rogers Construction Company 76,687.50 


PENDLETON-JOHN DAY HIGHWAY 
NYE JUNCTION-GRANT COUNTY LINE ROCK PRODUCTION PROJECT 


No bids received on this project 


WALLOWA LAKE HIGHWAY 
ROCK CREEK-JOSEPH ROCK PRODUCTION PROJECT 


No bids received on this project 


SALE OF PROPERTY NEAR GOSHEN 


Proposal No. 1 Proposal No. 2 
Cash Price) eras) 


L. J. McLaughlin $2,050.00 - - 
Carl H. Wagner - - $2,000.00 
Homer I. Toedtemeier - - 1,600.00 
Cecil P. & Retta M. Richards - - 1,510.40 
Geo. A. Halton 1,250.00 Sri 


The Assistant Attorney brought up for discussion matters pertaining 
to the acquisition of right of way needed for the Aurora Flight Strip Project, 
bids for which were received at this meeting. Also present and entering into 
the discussion was Mr. Tom Davis, Senior Highway Engineer of the Public Roads 
Administration. The Assistant Attorney advised that the owners of the prop- 
erty in question are demanding $200 per acre for cleared land and $100 per acre 
for land covered with timber and brush, which demands he considers exorbitant. 
He questioned the authority of the Highway Commission to condemn the property 
and suggested, in the event that the Commission decides not to pay the amount 
demanded, that it ask the Federal Government to acquire the property. The 
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The Commission discussed a letter from Jacobsen—Jensen Company, con- 
tractors for the grading and surfacing of the Barbur Boulevard-Boones Ferry 
Road on the Wiest Portland-Hubbard Highway, contract No. 2393, in which the as 
Commission was requested to authorize the suspension of work on this contract ed 
until the spring of 1943 when weather conditions are favorable to the carry- tt 
ing on of the work involved. They alleged that their failure to complete the ie 
project within the specified time limit was due to additional work that they 
were required to do in connection with their contract with the Federal Gov 
ment at the Umatilla Ordnance Depot, such project having been increased over 
50 per cent in size. Their letter was accompanied by a statement from the 
surety on their bond, consenting to such suspension without prejudice to the 
bond. The Engineer advised that he investigated the contractors! allegations 
and found them to be correct. He recommended approval of the request. The 
Commission approved the recommendation. 


bay 


For similar reasons the Commission authorized the suspension of the ie 
grading and surfacing work on Porter i.. Yett's contract for the construction eat 
of the Banzer Bridge-Mist Section of the Nehalem Secondary Highway, in Colum- 
bia County, contract No. 2504. In this instance, however, the Commission lin- 
ited the time for the completion of the project to June, 1943. 


The Commission recessed at 11:45 a. m. and reconvened at 2:00 p. a. 
in the same room with the same persons present and participating. 


During the luncheon period the Commission conferred in the Congress 
Hotel with the following members of the Old Oregon Trail Centennial Advisory 
Commission: Phil Parrish, chairman, Leo Adler and Roy Meyers. The matter of 
financing the activities of the Advisory Commission was discussed. The ques- 
tion arose as to the advisabi] ity of continuing such activities in view of the 
present war emergency and the probabilities that existing conditions will not 
permit a great number of visitors to this state. The suggestion was made that 
the matter should be decided by the Legisleture which convenes in January of 
1943, and that in the meantime the Advisory Commission continue functioning. 
Mr. Parrish estimated that expenses would amount to about $1,500 between now 
and February 1, 1943, such amount being made up of the salary of the secre- 
tary at $200 per month and general expenses aggregating $700. The Commission 
deferred its decision until later in the day. 


This matter was reconsidered by the Commission upon its return to 
the meeting in the Public Serwice Building at which time the Commission unan- 
imously approved the suggestion. The Commission ordered that the matter be 
covered by official communications between the State Highway Commission and 
the Centennial Commission. 


At 2:00 p. m. Chairman Cabell made the following announcement with 
respect to the award of contracts and sale of property, bids for which were 
taken at the morning session, action thereon having previously been approved 
by the Commission by unanimous vote: 


"Richland-Halfway Rock Production Project, on the Baker- 
Homestead and Helf..eay Highways, in Biker County. There were no 
bids received on this project. 
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in view of the fact that the industries need the railroad badly during the 
present emergency. The Engineer pointed out that the Guilds Lake district 
some day will be a very important industrial center for the Portland area and 
every foot of the highway will be needed to take cere of vehicular traffic 
that is bound to be created by the activities of these industries. It was 

his thought that the Commission should not grant the company's request in its 
entirety; however, recommended that the company be allowed to maintain and use 
its railroad facilities as now constructed on the highway right of way for the 
duration of the present war emergency and for a period of six months there- 
after, at which time the entire matter could be reconsidered. Mr. Hart and 
Mr. Witchell both agreed to such proposal. The Commission thereupon approved 
the recommendation and ordered that the arrangement be covered by appropriate 
written agreement among the parties concerned. 


Miss Frances Troy and her attorney, Mr. G. S. Grant, both of Baker, 
Oregon, came before the Commission relative to Miss Troy's claim for damages 
that occurred to her property near Beker by reason of highway construction 
operations conducted by McNutt Bros., contractors, in connection with the gred- 
ing and surfacing of the Troy Ranch Section of the Old Oregon Trail, in Baker 
County, contract No. 2365. Mr. Grant advised that originally the Troys de- 
munded $5,000 for right of way needed from them for this improvement; but fi- 
nelly agreed, subject to confirmetion by the Highway Commission, to sell it for 
the sum of $3,000. The Commission, he said, refused to pay more than $1,500 
for the property, which amount was not acceptable to the Troys so the matter 
hes gone to condemnation. He further stated that during the construction of 
the highway the contractor was required to use a large quantity of powder, and 
the blasting of the same caused demage to the Troy residence, amounting to 
$1,000. He alleged thet the highway has severed the Troys' property so it is 
now necessary for them to drive their stock across the highway for grazing end 
water; and, whereas cattle passes constructed by the state can be used for move- 
ment of cattle, it is impossible to get the horses to use them. He also claimed 
additional damege to the Troy property by reason of stream erosion where the 
state constructed a new channel for Alder Creek. He advised that the state's 
condemnation case for the acquisition of the right of way is still pending but 
Miss Troy is willing to deed the right of way and release the state from ell 
liability for damages if paid the sum of $3,000. The Commission discussed the 
matter at some length but deferred definite action pending additional informa- 
tion. The Engineer and the Attorney were instructed to make further investi- 
gations relative to the claim for demages and to report their findings as soon 
as possible. It was also agreed that at least one member of the Commission 
will inspect the premises before a definite decision is rendered. 


The matter of furnishing state trucks to assist in the accumulation 
of scrap materials in connection with the Federal Government's scrap-metal drive 
during the week commencing October 5, 1942, was discussed by the Commission. 
The Commission authorized the Engineer to collect such scrap material and to 
deliver the same to the nearest salvage depot, provided the material is to be 
donated to the cause and is deposited on state highway rights of way. The Com- 
mission also ordered thet the matter be given wide publicity for the informe- 
tion and benefit of the general public. 


in the amount of $2,050.00, cash price. Carl H. Wegner, Eugene, sub- 
mitted the second-high bid, in the amount of $2,000.00, on terms. 
There were three other bidders. The Commission rejects all bids for 


this property." 


The Assistant Attorney requested instructions relative to the sale 
of the Goshen property in view of the rejection by the Commission of the bids 
received at this letting. He suggested that the property be placed in the 
hands of a local real estate agent for private sale. The suggestion was #p- 
proved by the Commission and it was so ordered. 


Mr. Charles M. Knowlton, general organizer of the American Federa- 
tion of State, County and Municipal Employees, conferred with the Commission 
relative to the affiliation of state highway department employees in his or- 
ganization. He asked the Commission to euthorize its employees to join his 
organization if they so desire. He explained that the American Federation of 
State, County and Municipal Employees is chartered independently of the Amer- 
ican Federation of Labor organization, which has nothing whatsoever to say 
about its activities; that it does not countenance the striking of its men- 
bers; that it is not concerned whatsoever with any system of spoils; anc it 
has no discrimination for picket lines. The initiation fee, he said, is $2.00 
and the dues are $1.00 monthly; further, that the main purpose of the orgeni- 
zation is to help the employees, particularly in view of the fact that stete 
employees do not function under civil service. The matter was discussed at 
considerable length, during which discussion Chairman Cabell read aloud the 
Code of Relations that was adopted by the Commission in 1936 with respect to 
the affiliation of highway department employees with labor unions, political 
parties, and similar organizations. He stated that the Highway Commission has 
not changed its attitude with respect thereto and suggested that the matter of 
affiliation be left entirely with the employees. The suggestion wes approved 
by Commissioners Clough and Oliver and by Mr. Knowlton, who was informed that 
he would be given a definite answer after the Commission has had an opportu- 
nity to discuss the matter with Governor Sprague. The Commission thereupon 
reaffirmed, with slight modifications, the Standard Code of Relations, which 
was edopted by the Commission in 1936, as follows: 


The Oregon State Highway Commission does not give considera- 
tion in the employment, retention, or dismissal of its employees 
to their membership in political parties, fraternal orders, reli- 
gious organizations, or labor unions. 


The Oregon State Highway Commission will not discriminate among 
its employees because of their membership or nonmembership in labor 
unions. The Commission as in the past, will employ and discharge 
on the basis of merit and without dictation from any group. 


Membership in union labor organizations must not involve par- 
ticipation in any activity deemed by the Oregon State Highway Com- 
mission to be inimical to the interest of the State of Oregon. 
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“Buchanan Rock Production Project on the Central Oregon High- 
way, in Harney County. There were no bids received on this project, 


“Walker Mountain Rock Production Project on The Dalles- 
California and Willamette Highways, in Klamath County. No bids 
were received on this project. 


"Salt Creek Falls-Odell Butte Rock Production Project on the 
Willamette Highway, in Klamath and Lane Counties. Eugene Sand & 
Gravel Company, Eugene, submitted the only bid for this project, in 
the amount of $44,304.00. The Commission awards this contract to 
the Eugene Sand & Gravel Company at its bid of $44,304.00. 


"Crabtree Creek-Jordan Section of the Albany-Lyons Secondary 
Highway, in Linn County. 0.25 mile grading and 2.12 miles surfac- 
ing; also furnishing 5,000 cu. yds. crushed gravel maintenance 
materials, H. C. Walling dba Selem Supply Company, Salem, submitted 
the only bid for this work, in the amount of $31,563.00. The Com- 
mission awards this contract to H. C. Walling dba Salem Supply 
Company, at his bid of $31,563.00. 


"Flight Strip Project at Aurora, in Marion County. Warren 
Northwest, Inc., Portland, submitted the low bid for this work, in 
the amount of $309,990.00, using asphalt, and in the sahe amount 
using tar. Porter W. Yett, Portland, submitted the next-low and 
only cther bid, in the amount of $368,505.00, using tar. He did not 
submit a bid based on the use of asphalt. The Commission refers 
these bids to the Engineer with power to award the contract to the 
low bidder, using tar, when certain conditdons have been fulfilled, 


"Mills Bridge-McNamers Camp Rock Production Project on the 
Wilson River Highway, in Tillamook County. F. C. Feldschau & Son, 
Tillamook, submitted the low bid for this project, in the amount of 
$70,344.00. Rogers Construction Company, Dayton, Washington, sub- 
mitted the segond-low and only ether bid for this work, in the 
amount of $76,687.50. The Commission auurds this contract to the 
low bidder, F. C. Feldschau & Son, at $70,344.00. 


"Nye Junction-Grant County Line Rock Production Project on the 
Pendleton-—John Day Highway, in Umatilla County. There were no bids 
received on this project. 


"Rock Creek-Joseph Rock Production Project on the Wallowa Lake 
Highway, in Wallowe County. There were no bids received on this 
project. 


Sale o ° near Goshen: 


"One acre of land with medern five-room house and other build- 
ings on the Willamette Highway about one-quarter mile east of G-shen, 
in Lane County. Former owners Joseph and Agness Trinka. L. J. Mc- 
Laughlin, Cottage Grove, submitted the high bid for this property 
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BE IT FURTHER ORDERED that the State Highway Engineer be 
and he hereby is ordered and directed to erect at appropriate places 
in sufficient number adequate signs giving notice of the particular 
applicable speed on said state highway. 


BE IT FURTHER ORDERED that any previous order heretofore 
made by the Commission with respect to speed or speeds anplicable 
to any of the highways or sections of highways specified herein 
which is in conflict with the provisions of this order hereby is 
vacated and annulled. 


Reconsideration was given by the Commission to the complaint of 
H. A. Hein relative to the use by the state of a gravel pit at Scappoose. 
Chairman Cabell recited the history of this case and advised that Mr. Hein 
is seeking payment for damages in the amount of $2,500 which in his estima- 

. tion is exhorbitant. He further advised that he suggested to Mr. Hein an 
alternate settlement whereby the state would purchase from him a small area 
adjacent to the gravel pit and would deed to him in return a parcel of state- 
owned land equal in size on which one of Mr. Heints buildings encroaches, 
and would also do certain landscaping work around the gravel pit so as to 
improve the sightliness of his property. However, Mr. Hein absolutely re- 
fuses to settle on such basis. The Commission decided, in view of ur. Hein's 
attitude to let the matter drop unless Mr. Hein expresses a willingness to 
settle on the basis of Chairman Cabell's offer. 


The Engineer brought up for discussion a tentative program of rock 
production projects for 1943 construction, as follows: 


ee ee eT a ere 
Quantity Estimated 


County Section Cu. Yds. Cost 
Contracts Awarded 

Malheur Dead Ox Flat-Cairo Junction 9,500 $27, 300 r, 

Sub-total 9,500 $27,800 


Bids Called For But No Bids Received 


Baker Richland-Halfway 8,000 $24,500 a 
Harney Buchanan Section 7,000 21, 700 ¢ 
Klamath Walker Mountain Section 19,500 54,500 L.- 
Lane Salt Creek Falls-Odell Butte 14,100 47,700 
Umatilla Nye Junction-Grant County Line 23,900 64, 800 

Wallowa Rock Creek-Joseph 12,000 37,500 


Sub-total 84,500 $250, 700 


The Commission discussed the order made by Governor Charles A. 
Sprague reducing the vehicular speed limit to 35 miles per hour. In the spir- 
it of cooperation, the Engineer was instructed to erect appropriate signs on 
State highways throughout the state calling attention to such speed limit, and 
to order such speed limit for all state highway department motor vehicles. 


The Engineer reported a request from the Army authorities for the 
establishment of a 25-mile-per-hour speed limit along the Pacific Highway West 
for a distance of 1,000 feet on each side of the main entrance to Camp Adair. 
The Commission approved the request and by unanimous vote adopted the follow- 
ing resolution in regard thereto: 


WHEREAS, the State Highway Commission, pursuant to the 
provisions of Section 115-320, 0. C. L. A., as amended by Chapter 
458, Oregon Laws, 1%1, has caused an engineering and traffic in- 
vestigation to be made with respect to certain state highways and/or 
certain sections of state highways more particularly and completely 
described and set forth hereinafter; and 


WHEREAS, the data, facts and information obtained in con- 
nection with said investigation are all on file in the office of the 
State Highway Commission at Salem, Oregon; and 


WHEREAS, based upon said engineering and traffic investi- 
gation the Commission has determined that the fixed and designated 
speeds prescribed by the provisions of subsection (b) of said Sec- 
tion 115-320, 0. C. L. A., as amended, are in certain specified in- 
stances greater than is reasonable and safe and in other specified 
instances are less than is reasonable under the conditions found to 
exist upon or with respect to the state highway or sections of state 
highways hereinafter set forth and more particularly described and 
defined hereinafter, and the State Highway Commission has therefore 
determined to designate a different speed thereupon than the speed 
fixed in said statute, which said different speed or speeds shall be 
as specifically set forth hereinafter. 


NOW, THEREFORE, based upon said engineering and traffic 
investigation and upon the finding and determination made by the 
Commission with respect thereto, the Commission does hereby deter- 
mine and does hereby order that within the meaning and purpose of 
said Section 115-320, 0. C. L. A., a8 amended, the speed at which 
a vehicle may be driven upon said state highway and/or upon said 
sections of said state highway shall not exceed the rate of speed 
set forth immediately following. 


Name of Highway: Pacific Highway West 

Highway Number: 1W 

Route Number: 99W 

location of Termini: Highway Engineer's Station 1577+00 to 
1597+00, opposite Camp Adair 

Miles per Hour: 25 


WHEREAS, because of priority requirements, rules and regu- 
lations the Highway Commission has found it practically impossible 
to manufacture or accomplish the production of crushed rock and 
other roadbuilding materials with which to maintain highways for 
civilian and defense uses; and 


WHEREAS, if public highways, and particularly strategic 
highways, are permitted to disintegrate, the movement of defense 
materials by motor vehicle will be greatly impaired; and 


WHEREAS, the seriousness of the situation has been empha- 
sized by the fact that when bids for the crushing and production of 
rock and other highway construction materials were called for by the 
Commission at its August meeting, which call for bids involved 
twelve highway jobs, there were received, as a result of said call, 
only three bids for only three jobs, and only one bid for each job; 
and 


WHEREAS, it is the considered judgment of this Commission 
that serious conditions which now prevail, as disclosed by the facts 
set forth above, should be brought to the attention of the federal 
authorities responsible for priority rulings, requirements and regu- 
lations; and 


WHEREAS, it appears that with the approval of the federal 
authorities and within the reach and protection of priority rulings 
trucks are permitted to transport from the forests over the highways 
logs of such dimensions and weights as to cause extra and unusual 
danage to highways, comprising the state highway system, all of which 
highway impairment and damage demands major repairs and improvements 
if the highways are to be maintained for the movement thereover of 
war and civilian goods; and 


WHEREAS, the State Highway Commission heretofore in re- 
sponse to urgent requests by federal authorities asserted every 
effort to afford freedom of movement over the public highways of 
the State by motor vehicle of loads exceeding in length and exceed- 
ing in gross weight the limitations fixed by law, and by reason 
thereof the problem of highway maintenance has become unquestion- 
ably serious. 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED : 


1. That the public highways in Oregon under the control 
of the State Highway Commission, and particularly the strategic 
highways, are being seriously damaged by reason of the increased 
traffic burden imposed upon said highways in connection with the 
movement thereover of defense and civilian goods, and experience 
has demonstrated that when public highways are not constantly main- 
tained adequately for the traffic which moves thereover they soon 
deteriorate, resulting in expensive betterments as opposed to 
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Program of Rock Production Projects (Cont. ) 


Quantity Estimated 
County Section Cu. Yds. Cost 


Additional Required Pro jects 


Tillamook Mills Bridge-McNamers Camp 27,000 $ 90,000 
Lincoln Kernville-Newport 20,000 60,000 
Benton Alsea Mountain Section 25,000 65,000 
Columbia Nehalem Highway Section 25,000 65,000 
Tillamook Hebo Section 6,300 13,000 
Jackson Siskiyou Summit Section 8,400 25,000 
curry Rhinehart Creek-Cape Sebastian 13,800 40,000 
Lane Belknap Springs-Fourmile Butte 11,400 35,000 
Lane Trent-Oakridge 17,000 50,000 
Lane Oakridge-Salt Creek Falls 17,000 50,000 
Jackson Trail-Prospect 16,200 45,000 
Jackson Summit-Trail (Tiller-Trail Hwy.) 6,600 20,000 
Grant Dayville-John Day 17,000 45,000 
Malheur Stinkingwater Creek-Juntura 10,000 30,000 


Sub-total 220,700 938,000 
Total 314,700 #916, 500 


“e advised that of the total projects listed seven previously have been adver- 
tised for bids and that of these seven only one has been contracted, no bids 
having been received for the others. He also advised that contractdrs, gener- 
ally, are not interested in this class of project because it carries such a 
low priority rating, which handicaps them in the purchase of equipment repair 
parts. He pointed out the seriousness of the situation and advised that unless 
the government's priority regulations are modified or ehanged, permitting con- 
tractors to keep their equipment in a good state of repair, it will be impos- 
sible to contract any projects of this kind and poor road conditions will be 
the result. The Commission approved the projects listed in the tentative pro- 
gram and instructed the Engineer to continue to advertise them for bids in the 
hove that satisfactory results will be obtained, 


In this connection the Commission eonsidered that it might be help- 
ful to appeal to the War Production Board for a change in the priority rulings. 
The following resolution in regard thereto was adopted by the Commission by 
unanimous vote: 


WHEREAS, the present emergency has made necessary the move- 
ment of a large volume of traffic, both civilian and defense, over 
the public highways of the State; and 


WHEREAS, the increased use of public highways for the trans- 
portation of United States Army materials and troops has greatly in- 
creased maintenance requirements on highways; and 
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Crater Lake Highway is not to be kept open for travel between Prospect and 
Fort Klamath; no snow removal operations are to be conducted on the Nt. Hood 
Highway between Wapinitia Highway Junction and milepost 81.5; Weston-Elgin 
Highway is to be kept open only so far as is necessary to accommodate local 
people; Halfway-Cornucopia Highway is to remain closed between Carson and 
Cornucopia; Sumpter Valley Secondary State Highway west of the town of Sumpter 
is to be kept open for travel only in the event that is necessary to accommo- 
date mining operations near Granite, 


The Commission also decided to sell two "Snowgo" rotary snow plows 
to the Government, provided they are to be used in out-of-way places such as 
on the Alaska Highway. The Engineer advised that the State Highway Department 
also has two old V-type "Snow King" rotary snow plows stored at La Grande 
that have not been used for a long time. He was instructed to let the Arny 
have these plows if it wants then. 


repent Ag 
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Relative to the release of additional snow equipment for the re- 
~ moval of snow from airport runways, it was the Commission's opinion that 
such work should be performed by state highway departments which have charge 
of the highways in the states in which the runways are situate. By so doing 
it would eliminate any possibility of snow removal equipment remaing idle 


in one locality when it is badly needed in another locality. 


The question whether or not to continue the arrangement in effect 
this year for the improvement of city streets that are not on state highway 
routes had the attention of the Commission. It was the Commission's opinion 
that such work should be continued as in the past. The Commission thereupon 
authorized a udget of $150,000, together with an emergency fund of $100,000, 
for such purpose in 1943, and ordered that the work involved be covered by 
appropriate written agreements between the Commission and the cities con- 
cerned, 


The Engineer reported a request from the Kaiser Shipbuilding Com- 
pany for additional space along the water front in Portland near the 3urnside 
Pridge for use as an automobile parking area for shipyard workers who assemble 
at this point and are transported by other means to their places of work. He 
recommended approval of the request inasmuch as the area will not be needed 
by the state until the war is over. The Commission avproved the recomnenda- 
tion. 


Chairman Cabell brought up for discussion the matter of obtaining 
rental from Dant & Russell, lumbermen, Portland, for the storing of lumber and 
ties on land that was acquired by the City of Portland and the state from the 
Portland Gas & Coke Company in connection with the Front Avenue Project. It 
appears that Dant & Russell have been using this area for some time without 
permission or charge and indications are that they intend to continue the use 
of the same, It was the Commission's opinion that the company should pay for 
the use of this property. Chairman Cabell was thereupon authorized to contact 
the city officials of Portland and arrange for a reasonable rental charge. 


Reconsideration was given by the Commission to the request of Leon- 
ard and Slate, contractors for the furnishing of ferry service across the 
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reasonable repair and resulting too in added transportation costs by 
reason of unnecessary wear and tear on rubber and equipment as well. 


2. Be it further resolved that these conditions and cir- 
cumstances which prevail in Oregon with respect to maintenance of 
highways be brought to the attention of the proper federal officials 
in Washington, and that by this resolution the Commission impress 
uoon official record the necessity for prompt modification and relax- 
ation of priority rulings, requirements and regulations so that high- 
way officials and highway contractors may be assured that degree of 
safety, assurance and liberty which must exist and prevail if orderly 
and adequate highway improvement and maintenance is to be afforded 
for national defense and state needs, 


3. That this resolution be entered in the minutes and 
records of the Commission, and that Mr. Henry F. Cabell, the Chair- 
man, be empowered to transmit to the War Production Board a duly 
certified copy thereof, 


The Commission discussed a letter from Vice Admiral C. S. Freeman, 
United States Navy Commandant, 13th Naval District, Seattle, advising that 
the Navy Department has tentatively selected Timberline Lodge as a recupera- 
tion center and inquiring, if the selection is made definite, to what extent 
the State Highway Department might cooperate with the Navy Department in the 
removal of snow from the road leading to the Lodge from the Mt. Hood Highway, 


during the winter months. The Commission, after discussion, expressed a will- 
ingness to keep this road open for travel during the winter season if the 
Government will reimburse the state for the expense involved. The Engineer 
was instructed to so inform Admiral Freeman, 


In this connection the Engineer advised that the United States Army 
has requested that there be made available to the Army, for keeping open the 
Alaska Highway this winter, all surplus snow equipment that can possibly be 
spared; and a request has also been made for snow equipment to keep airport 
runways open during the winter season, He advised that the Highway Department 
ovms eighteen rotary plows, including one at Salem which is used for replace- 
ment purposes only, and one at Klamath Falls and another at Burns, neither of 
which is used to any great extent. He suggested that the Commission could 
spare two of these rotaries if they are to be used on the Alaska Highway or 
in some other foreign country, and if the Commission would not reqiire that 
the following highways be kept open for travel during the winter months: Mc- 
Kenzie Highway between Belknap Springs and Sisters; Crater Lake Highway be- 
tween Prospect and Fort Klamath; Mt. Hood Highway between Wapinitia Junction 
and milepost 81.5; Weston-Elgin Secondary Highway; Halfway-Cornucopia Second- 
ary Highway between Carson and Cornucopia; Sumpter Valley Secondary Highway 
west of Sumpter. - : 


The Commission decided as follows with respect to such roads: lic- 
Kenzie Highway is to be kept open so far as is possible with push plows; 
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bridge which is estimated at approximately $350.00. The Commission decided, 
in view of the fact that the guilty parties cannot be ascertained, that it 
would be useless to try to secure reimbursement, and accordingly ordered that 
the matter be dropped. However, the Engineer was instructed to bring the 
matter to the attention of the Camp Commander. 


Consideration was also given by the Commission to its claim agaiust 
Mr. Ray Redman, Jr., for damaging the barrier on the Interstate Bridge between 
Portland and Vancouver. It appears that Mr. Redman drove his car into the ber- 
rier while the bridge drawspan was open to allow the passage of a steamer, and 
that he was given ample warning of the existing condition by the gate man who 
sounded the bridge siren for Mr. Redman's special attention, notwithstanding 
which Mr. Redman failed to stop in sufficient time to avoid striking the bar- 
rier, The Engineer estimated the cost of repairs at $21.65. The Commission 
referred the matter tao the Attorney for collection. 


The Commission discussed briefly and referred to the Engineer for 
further information a report on damage that was caused the Big Creek Bridge 
at milepost 19.90 on the Coos Bay-Roseburg Highway when it was wrecked by a 
logging truck belonging to Goodwin and Briggs, Myrtle Creek. 


Consideration was given by the Commission to the claim of the Port- 
land Gravel Company, in the amount of $26.25, for the cost of repairing its 
dredge "Sandy" which the Company alleges was damaged when it struck the draw- 
span of the Interstate Bridge at Portland, which the bridge operator failed 
to open for passage of the dredge, The Attorney advised that he has investi- 
gated this claim thoroughly and is of the opinion that the state is not liable 
for the damage, because the tug that was towing the dredge did not signal for 
the draw to be opened and it was assumed by the bridge tender that the dredge 
was to be docked before reaching the bridge. He reviewed the facts in the 
case and recommended denial of the claim. The Commission approved the recom- 
mendation and ordered that the matter be dropped unless the company starts 
suit. 


The Engineer reported the award of the following contracts in con- 
formity with authority previously granted him by the Commission, bids for 
which contracts were taken by the Commission at its meeting on August 27, 1942: 


Alkali Lake Flight Strip Project on the Lakeview-Burns Highway, 
in Lake County. Awarded to Clifford A. Dunn, the low and only bid- 
der, on August 31, 1942; : 


Rome Flight Strip Project on the I.0.N. Secondary State High- 
way, in Malheur County. Awarded to Clifford A. Dunn, the low and 
only bidder, on August 31, 1942. 


The Commission confirmed the awards as reported, 
The Attorney reported a suggestion offered by Mr. Ormond R. Bean, 


Public Utilities Commissioner, that it would be helpful in stopping the over- 
loading of logging trucks if Justices of the Peace were contacted and were 
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Willamette River at Wilsonville, for a modification of the present contract 
agreement so as to relieve them from losses that they allege they are sustain- 
ing by reason of rising operating costs. The Commission decided not to alter 
the contract in any way and instructed the Secretary to so inform Leonard and 
Slate. It was further decided to renew the contract for the full period pro- 
vided in the contract, P 

The Commission discussed briefly and ordered filed a report from the 
Engineer showing a yearly summary of labor employed by contractors on highway 
construction as compiled from the contractors! pay rolls. 


A letter was presented from hirs. A. V. ldeans, The Dalles, requesting 
construction of a footpath along the Columbia River Highway for a distance of 
about one mile from the foot of Rowena Loops to Tindalls Service Station, for 
the benefit of school children and other pedestrians. The Commission denied 
the request because of lack of funds to finance the work and the urgent need 
of available funds for other purposes. 


The Commission also discussed a letter from Mrs. H. G. Rumbaugh, 
Albany, requesting improvement of the North Albany Road, which she alleges 
was damaged by Camp Adair traffic during improvement of the Granger-Independ- 
ence Road, the North Albany Road having been used as a detour during that 
period. It was pointed out in the discussion that the North Albany Road is 
not on the state highway system but is under the jurisdiction and control of 
the Bentm County Court, in view of which the Commission considered that the 
improvement of the road is an obligation of the county. The Commission or- 
dered that Mrs. Rumbaugh be so informed. 


A request was also presented from the Honorable C. L. Lieuallen, 
Mayor, Pendleton, for the repair of Main Street and DeSpain Street in his city 
and suggesting that the work be done by the state's repair crew which is now 
operating in that vicinity. The matter was referred to the Engineer with au- 
thority to do the work in the event that investigation reveals that it is not 
an expensive project. 


The Attorney reported receipt of a request from the attorneys of the 
defendants in the Algoma flood case that the state join with them in a stipula- 
tion in connection therewith, which stipulation provides that any one of the 
contending parties may contribute funds toward the cost of rebuilding the dike 
that was damaged and toward the cost of removing the flood waters, and provides 
further that all parties will refrain from mentioning this feature during the 
progress of the trial and will not raise any question during the trial as to 
who is responsible for the repair so as not to prejudice anyone's case. He 
recommended approval of the request, The Commission approved the recommenda- 
tion. 


The matter of collecting the cost of repairing the Rogue River Fridge 
near Gold Hill which was damaged by soldiers from Camp White was discussed by 
the Commission. Investigation reveals that the bridge was damaged by a group 
of soldiers from Camp White who were on a spree in a stollen bus and that it is 
impossible to obtain the names of the soldiers involved. The question arose 
whether or not an attempt should be made to collect the cost of repairing the 
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traffic should be restricted and regulated in its use of said 
structures. 


NOW, THEREFORE, be it and it is hereby ordered by the 
Commission as follows: 


1. That with respect to the said bridge over the Santi- 
am River on the Albany-Lyons Secondary Highway and with respect to 
the bridge over the Willamette River on the Hillsboro-Silveron 
Secondary Highway at Newberg not more than one loaded motor sruck 
shall occupy any one span of either of said bridges at one ana whe 
same time, nor shall any motor vehicle operate over said bridges 
at a speed in excess of fifteen miles per hour. 


2. The State Highway Engineer hereby is directed to 
erect, or cause to be erected, and maintain at each of the ap- 
proaches to each of said bridges in a conspicuous place so that 
the same can be readily seen and read by traffic using said bridge 
or either of said bridges a notice or notices advising traffic of 
this rule and regulation. 


3, This resolution shall be entered in the minutes and 
records of the Commission and a duly certified copy thereof deliv- 
ered to the Superintendent of State Police. 


The matter of permitting continuous operation of passenger-carrying 
vehicles, consisting of a truck-tractor and semitrailer having an over-all 
length of 55 feet 3 inches, over state highways to facilitate the transporta- 
tion of persons to and from army camps, cantonments or other defense locations 
had the attention of the Commission. It appears that the government officials 
have recommended the construction of passenger-carrying vehicles of such size 
and capacity in order to afford a measure of relief from the present transpor- 
tation congestion, and it further appears that Wentworth and Irwin, Inc., a 
manufacturing concern of Portland, has offered to construct vehicles of this 
type provided they are assured that the State Highway Commission will author- 
ize the operation of the same over state highways. The Engineer recommended 
that such authority be granted provided the geometric design of the highways 
will permit the movement of the same without taking up more than one-half of 
the traveled roadway. The Commission approved the recommendation and there- 
upon by unanimous vote adopted the following resolution with regard thereto: 


WHEREAS, by a resolution adopted by this Commission on 
June 25, 1942, the Commission declared that an emergency exists 
with respect to the transportation of persons and property by motor 
vehicle over the public highways of the State; and 


WHEREAS, by said resolution the Commission declared and 
established a policy for the duration with respect to the issuance 
of permits for the use of motor vehicles on state highways having 
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prevailed upon to impose fines against violators in excess of actual court 
costs. It apsears that in numerous instances the Justices of the Peace fine 
these violators court cost only, which is a small amount and is readily paid 
by the violators who generally recover the same by increasing the size of 
their next loads. The Commission approved the suggestion and referred the 
matter to the Attorney with instructions to have someone contact the Justices 
of the Peace relative thereto. 


The question whether or not truckers who operate under either Group 
1 or Group 2 emergency permits should be penalized for overloading their equip- 
ment was discussed by the Commission. It was the opinion of the Commission 
that such violators should be penalized, inasmuch as the violations are appar- 
ently willful deviations from prescribed regulations and do not evidence the 
spirit of cooperation that was intended when the Commission granted the con- 
cession. The Commission deferred the establishment of a definite penalty; 
however, instructed the Secretary to inform the violators that noncompliance 
with the provisions of the permits will be considered sufficient cause for 
cancellation of the same. 


The Engineer requested authority to place signs to control heavy 
traffic on the Sanderson Bridge at milepost 01.49 on the Albany-Lyons Second- 
ary State Highway, and on the Willamette River Bridge at milepost 21.91 on 
the Hillsboro-Silverton Secondary State Highway at Newberg. He explained that 
there has been quite an increase in heavy traffic over these bridges, particu- 
larly log-hauling traffic, and in his estimation, in order to avoid overstress- 
ing the structures, only one truck should be allowed on any single span of 
either of these bridges at one time; furthermore, the speed of the trucks 
should be limited to 15 miles per hour. The Commission approved the Engineer's 
request and thereupon adopted the following resolution in regard thereto: 


WHEREAS, the present war emergency has brought about a 
material increase in the number and weight of motor vehicles using 
the public highways for the transportation thereover of both war 
and civilian goods; and 


WHEREAS, priority rulings and regulations have made dif- 
ficult the acquisition of materials needed for the repair and main- 
tenance of highway structures and by reason of such difficulties it 
is not always possible for the Highway Department to sustain its 
usual and established standard of maintenance of highway structures; 
and 


WHEREAS, as a result of an investigation made by the State 
Highway Engineer and his staff it has been disclosed that the bridge 
over the South Santiam River at Mile post 211-01.49 on the Albany- 
Lyons Secondary Highway and the bridge crossing the Willamette River 
at Mile post 140-21.91 on the Hillsboro-Silverton Secondary Highway 
at Newberg should be protected by the imposition of traffic regula- 
tion and control as in this resolution provided; and 


WHEREAS, it is the judgment of the Commission that in 
order to avoid serious damage to each of said structures heavy truck 
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5. Such permit may be issued for one year and may be re- 
newed thereafter by the Commission or may be revoked at the option 
of the Commission, but in no event shall any such permit be issued 
for a period beyond the present emergency. 


6. That this resolution be entered in the minutes and 
records of the Commission and a duly certified copy thereof deliv- 
ered to Ormond R. Bean, Public Utilities Commissioner, and Charles 
P. Pray, Superintendent of State Police. 


The Commission discussed and approved the application of the Union 
Pacific Railroad Company to transport a fuel-oil tank over the Old Oregon 
Trail from Pleasant Valley to Durkee, the overall dimensions of the same be- 
ing width 154 feet, height 22 feet, and length 53 feet. Such approval was 
granted subject to the condition that the load is properly flagged, that turn- 
outs will be provided at frequent intervals so as to permit other traffic to 
pass the movement without undue inconvenience and delay, and provided further 
that the state is furnished satisfactory insurance as protection in the event 
of an accident occurring during progress of the movement. ny 


The Comaission also approved the application of the Portland Gas and 

Coke Company to transport two large steel tanks over state highways, one from 

Bend and the other from La Grande, to convenient points on the Columbia River 
where they will be barged to Portland. The conditions applying to the move- 

ment of the railroad company's tank, mentioned above, are to apply to each of 

these movements. f 
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x The Engineer requested instructions relative to the disposal of a 
li-yard Lorain gas shovel belonging to the highway department and stored at 
Garibaldi. He advised that this shovel was obtained several years ago from 
Tillamook County along with other equipment and was valued at that time at 
$2,500; that it has been in use on the Wilson River Highway WPA construction F 
work but its most recent use has been by Tillamook County at Garibaldi. He 7 
further advised that the shovel is beginning to rust quite badly and should 
be moved to Salem for proper storage; however, it will cost about $800 to 
move it. He recalled that the Commission some time ago rejected two offers 


received for the purchase of this shovel, one of which was in the amount of iif : 
$5,000, because it was thought advisable to rent it. However, no satisfactory th 
bid has been received for the use of the shovel on that basis. He recommended ie 
in view of the circumstances that the shovel be sold and that bids for the of 


purchase of the same be received by the Commission at the earliest possible 
time. The Commission approved the recommendation and ordered that the shovel 


be advertised for sale at the next meeting. 


The Engineer brought up for discussion the matter of sale of scrap 
materials consisting of worn-out equipment, parts, et cetera, which are accu- 
mulated at the highway department shops. He advised that, according to gov- 

y ernmental rulings, when new replacement parts for equipment are purchased, 
the old parts that are being replaced must be sold within 30 days of receipt 


11249 


aes > % 
RNS Soe Fy oir 


a combined weight oz having an over-all length in excess of the 
limits fixed in the statute; and 


WHEREAS, since the adoption of said resolution the trans- 
portation of persons to and from Army camps, cantonments or other 
defense locations or activities has become more acute and for the 
purpose of affording a measure of relief government officials have 
recommended the construction of a passenger-carrying vehicle hav- 
ing an over-all length of 55 feet 3 inches; and 


WHEREAS, in response to said request and recommendation 
Wentworth & Irwin, Inc. of Portland, Oregon, have offered to con- 
struct such vehicle and make the same available for the transporta- 
tion of persons to and from Army camps, cantonments and other de- 
fense locations and activities, provided a permit will be issued by 
the Highway Commission authorizing the use of such vehicle on state 
highways; and 


WHEREAS, it is the judgment of the Commission that both 
state and national interests will be served and public welfare pro- 
moted by the proper and appropriate use of such proposed type of 
vehicle for the purposes hereinabove stated, 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
Commission, all members being present and affirmatively voting, as 
follows: 


1. That in the opinion and judgment of the Commission the 
present emergency and the interest of national defense require that 
judicious use of every means of transportation during the emergency 
be encouraged and utilized. 


2. That it shall be and hereby is declared the policy of 
the Commission to issue permits for the use of motor vehicles having 
an over-all length in excess of the statutory length when such ve- 
hicles are used for the transportation of persons to and from Army 
camps, Army cantonments or other places of defense or defense indus- 
tries. 


3. That the Secretary of the Commission be and he hereby 
is instructed, upon receipt of appropriate and satisfactory applica- 
tion, to issue a permit to such applicant, which permit shall embody 
the conditions, provisions and restrictions set out in said resolution 
of June 25, 1942, except where any of such conditions, provisions or 
requirements are not applicable or are not appropriate, 


4. No such permit or permits shall be issued with respect 
to any highway or section of highway unless and until the Chief Engi- 
neer shall have certified that the geometric design of the highway 
is such that the vehicle in connection with which a permit is request- 
ed can negotiate the highway with complete safety to other members of 
the traveling public. 
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The Commission also noted and ordered filed a letter from Mr. Orville 
R. Miller, President of the West Coast Lumbermen's Association, expressing re- 
grets that the practice of overloading logging trucks seems to be on the in- 
crease, and advising that his association is taking action which they hope 
will impress on the logging operators the necessity for compliance with the 
weight requirenents. 


A letter was presented from Fairview Grange, Tillamook County, ex- 
pressing appreciation for the guard fence recently constructed by state highway 
forces along the Wilson River Highway near Jordan Creek; also requesting au- 
thority to plant a shade tree on the highway right of way near one of the ~ 
drinking fountains that have been constructed on the highway right of way in 
this vicinity. The Commission approved the planting of the shade tree pro- 
vided it is placed in a location satisfactory to the engineering department. 


Reconsideration was given by the Commission to the matter of payment 
of overtime by contractors on highway construction work. In view of conflict- 
ing opinions as to the application of the state laws, federal acts, and presi- 
dential orders, the Commission decided that it would be unwise to continue any 
attempt to advise or control contractors in such matter. The Engineer was in- 
structed to inform all contractors of this decision and to caution them that 
the Commission's action does not relieve them of their legal responsibilities 
under the several laws, acts and presidential orders that are involved; also, 
that any noncompliance with such laws, acts and orders will be at the responsi- 
bility of the contractor. (See circular letter No. 314, dated October i7, 1942) 
He was also instructed to delete the clause in the contract forms that refers 
to overtime payments, if not legally required, the next time the forms are re- 
printed. 


The State Parks Superintendent, Mr. $. H. Boardman, was present and 
reported on the following park matters: 


Fence construction along juniper waysides:-The Parks Superinten- 
dent reported a request from Chas. C. Parsell, District Grazier, De- 
partment of the Interior, Prineville, for permission to construct a 
fence across certain portions of the juniper tracts that the Commis- 
sion is acquiring between Bend and Redmond. He said that the outline 
of the tracts that the state is acquiring is irregular and that it 
would not be practicable to construct a fence along the boundaries; 
whereas, Mr. Parcell wished to construct his fence in a straight line 
which would cut off a portion of the property that the state is nego- 
tiating for. To offset this, he said Mr. Parcell has stated a will- 
ingness to grant to the state similar land of equal value from the 
state's standpoint. He recommended approval of the request. The Com- 
mission approved the recommendation. 


Sheep grazing in Humbug Mountain State Park:-The Parks Superinten- 
dent reported a request from Mr. Ray Fromm for renewal of the sheep- 
grazing lease that he had in this park last year which provides for 
the grazing of 50 head of sheep at $0.50 per head. ‘The Commission ap- 
proved such extension for a period of one year at the same rate. 
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of the new parts. The policy in the past, he said, has been to collect such 
Scrap materials at the various shops until a sufficient amount has been accu- 
mulated to justify the taking of bids for the same, but this policy cannot be 
followed now because of the governmental regulations. In view thereof he re- 
quested authority from the Commission to dispose of this material by private 
sale as may be necessary in order to comply with the regulations, provided he 
is able to secure ceiling prices established by the government. The Commis- 
Sion approved the request with the understanding that if the Engineer is not 
able to secure the ceiling prices then the material is to be advertised for 
sale in conformity with past practice. 


The Commission approved and ordered filed the following resolutions 
relative to certain sections of old state highway rights of way that have been 
abandoned by the Commission because of revisions in highway alignment: 


Resolution from Umatilla County whereby the county elects to 
retain for public purposes a portion of the old right of way of the 
Pendleton-Adams Section of the Oregon-Washington Highway, particular= - 
ly the section between Engineer's Stations 37+00 and 640+00, being a 
portion of what is commonly known as the Wild Horse Section. 


Resolution from Coos County in which the county elects to pre- 
serve for public purposes that portion of the old right of way of 
the Care Arago Secondary Highway within the town of Charleston which 
lies belween Engineer's Station 264+80 and the east shore of South 
Slough. 


The Commission had under discussion the matter of attending the 
annual meeting of the American Association of State Highway Officials which 
is to be held in St. Louis, Missouri, on December 7, 8 and 9, 1942. A deci- 
sion as to who shall attend this meeting was deferred until later. 


A letter was presented from Mr. Ben C. Flaxel, District Attorney, 
Coos County, relative to the development of a certain spring situate on the 
state highway right of way between North Bend and Marshfield. Mr. Flaxel ad- 
vised that the spring is now being «sed by many people in the Bay area for 
drinking water and that the Coos Cry :ty Court is desirous that the spring be 
maintained for such purpose and that siens be taken to insure that it does not 
come into the control of any one person; further, that the County Court would 
like to develop this spring if the Highway Commission will grant it authority 
to do so. The Commission approved the request subject to the condition that 
the development work be performed so as to fit the highway improvement and be 
done under the supervision of the State Highway Engineer or his authorized 
representative. 


The Commission discussed briefly and ordered filed a letter from 
Governor Chase A. Clark of Idaho to Governor Charles A. Sprague of Oregon, 
suggesting that operators of equipment used in the transportation of produce 
of the farm be relieved of the payment of Oregon's regulatory taxes and fees. 
Governor Sprague's reply was also noted in which he stated his unwillingness 
to take action to that end because he did not believe that it was a sound pub- 
lic policy. 
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authorized and instructed the Engineer to make such location surveys on vari- 
ous sections of the highways of this state, which said sections of highways, 
together with their identifying survey numbers and the amounts anthorised and 
allocated for such survey expenditures, are as follows: 


Bridge - - - 4-1436 - Puget Island Crossing, Columbia River Section, Columbia 
River Highway, Clatsop Co. 2nd authorization - $500 
Total to date $2000 


Location - 18-1455 - Pelican City-Henley Section, Klamath Falls-Malin High- 
way, Klamath County. 2nd authorization - 34000 
Total to date $13000 


Reconn.- - 22-1452 -.Lebanon-Foster Section, Santiam Highway, Linn County. 
lst authorization - $1500 


Plans - - 20-1452 - Oakridge-Salt Creek Section, Willamette Highway, Lane 
County. lst authorization - $100 
Location - 14-1421 - Viento-Hood River Section, Columbia River Highway, Hood 
River County. lst authorization - $8000 
Location —- 33-1431 - Mosier-The Dalles Section, Columbia River Highway, Wasco 
County. lst authorization - $17000 
Location - 109-1448 - Bend-Airport Section, Powell Butte Highway, Deschutes 
County. lst authorization - $33) 
Plans - - 18-1463 - Klamath Falls Oil Storage Sump Section, Various High- 
ways, Klamath County. lst authorization - #150 
Plans - - 18-1462 - Chemult Oil Storage Sump Section, Various Highways, 
Klamath County, lst authorization - $200 
Plans -- 19-1420 - Lakeview Oil Storage Sump Section, Various Highways, 


Lake County. lst authorization - $200 


Regonn.- - 34-1433 - Mgard-Cornelius Pass Section, West Portland-Hubbard 
Extension Highway, Washington County. 
lst authorization - $3200 


Revetment - 6-1430 - Coquille River Revetment Section, Oregon Coast Highway, 
Coos County. lst authorization - $200 


The Engineer reported that a number of surveys heretofore author- 
ized by the Commission have been completed. He presented a list of such sur- 
veys and reported briefly on each survey listed thereon. After due considera- 
tion the Commission approved the respective surveys, as reported,- and adopted 
the following resolution in regard thereto: 


WHEREAS, the State Highway Commission heretofore has 
authorised and instructed the State Highway Engineer to make 
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Forest fire in Poet Orford Cedar Park:-The Parks Superintendent 
reported the recent burning of 34 acres in a Port Orford cedar way- 
side tract about seven miles north of Port Orford on the Oregon Coast 
Highway. This tract, he said, was burned several years ago but the 
damage done at that time was cleaned up and the timber salvaged. The 
damage from the present fire was to volunteer cedar. The fire, he said, 
was of incendiary origin and one party has already been arrested and 
placed in jail for committing the offense. The Commission took no action. 


Proposed purchase of Simpson property at Shore Acres; Coos County:-~- 
The Parks Superintendent reported an offer from Mr. Louis Simpson to 
sell to the state for the sum of $30,000 all of his holdings at Shore 
Acres adjacent to the Cape Arago Secondary Highway south of Empire, in- 
cluding buildings. He said that Mr. Simpson originally wanted $75,000 
for this property but will now accept $30,000, of which amount $7,500 
is to be paid in cash and the balance at the rate of $3,750 a year for 
six years, without interest. The tract, he said, contains about 200 
acres of land, all situate between the highway and the ocean, and has 
about three miles of ocean frontage; furthermore, it joins Cape Arago 
State Park. The matter was discussed at considerable length during 
which the Commission indicated a favorable attitude toward the pur- 
chase of this property; however, deferred a definite decision pending 
search of the title so as to make certain that it is not encumbered in 
any way. The matter was referred to the Attorney to make such investi- 
gation. 


Sale of timber on Neahkahnie Mountain, at Short Sand Beach State 
Park:-The Parks Superintendent requested instructions relative to 
disposal of this timber in view of the fact that it has been advertised 
for sale on two different occasions and no bids have been received. 
The State Highway Engineer suggested that the matter be placed in the 
hands of a timber broker to sell on a selective-cutting basis, inasmuch 
as a lot of the timber is ripe and should be cut. The Commission ap— 
proved the suggestion and so ordered. 


Financial report:-The Parks Superintendent submitted a financial 
report as follows, for the period January 1 to August 31, 1942: 


Expenditures 
1942 Budget to August 31 Balance 
Acquisition $7 “ye 160.27 $ 20,571.48 $ 13,411.21- 
Betterment 3,833.30 5,124.55 1,291.25- 
Operation & Maintenance_42,134.85 22,884.05 19,250.80 


$53,128.42 $48 , 580.08 $ 4,548.34 
The Commission approved the report by unanimous vote. 
The Engineer presented a list of surveys that he has ordered since 


the last meeting of the Commission and asked the Commission to confirm them 
and the amounts allocated for each. After due consideration the Commission 


quantities of surfacing materials obtainable from sources specified 
in the contract. The Engineer advised that to a minor degree Mr, 
Johnson was handicapped throughout the job by shortage of skilled 
labor and difficulties encountered in obtaining repair parts and 
supplies, but in the main the delay was caused by his superficial 
examination of the proposed gravel pits prior to his bidding and to 
his total inability to secure the satisfactory material which he 
anticipated using. He gave as his thought, in view of the circun- 
stances prevailing during the past year under which the contractor 
had little opportunity to conduct the job efficiently, that the ex- 
tension of time requested should be granted without penalty and he 
so recommended, notwithstanding that this is a federal aid job and 
the Public Roads Administration does not concur, The Commission ap- 
proved the recommendation: 


R. O, Dail & Warren Bros., Inc., contract No. 2401, for surfac- 
ing and oiling the North Powder-Davis Ranch Section of the North 
Powder River County Road, in Union County, requested an extension 
of time, from July 15, 1941, to August 11, 1942, within which to 
complete this job. They attributed their failure to complete the 
project within the specified time limit to the following reasons: 
excessive rains during April, May, June and July 1942, shortage of 
skilled and common labor, excessive breakdown of equipment because 
of inexperienced labor, and difficulties in securing delivery of 
asphalt. The Engineer recommended that the extension of time re- 
quested be granted without penalty because general conditions of 
labor and material prevailing since the award of this contract were 
adverse. The Public Roads Administration, he said, will not concur 
in the recommendation, nevertheless he believes that the contractor 
should not be penalized for the delay. The Commission approved the 
recommendation. 


R. 0. Dail & Warren Bros., Inc., contract No. 2414, for grading, 
topping, surfacing and oiling the Flagstaff Hill-Ruckles Creek Sec- 
tion of the Baker-Homestead Highway, in Baker County, requested an 
extension of time, from August 31, 1941, to August 11, 1942, within 
which to complete this job. Thé contractor gave the following rea- 
sons for failure to complete the project within the specified time 
limit: too many contracts under way in the early part of 1941; ex- 
cessive rains during the months of April, May, June and July 1942, 
difficulties encountered in the quarrying of the rock, increased 
quantities to be furnished, and the surfacing of an additional three 
miles not included in the original contract, shortage of skilled and 
common labor, difficulties in securing deliveries of asphalt, and 
time lost in repair of equipment damaged by inexperienced help. The 
Engineer recommended that the extension of time requested be granted 
without penalty in view of the adverse conditions under which the 
contractor has been working the past year and over which he had no 
control. The Commission approved the recommendation. 


surveys on certain sections or portions of the highways of the State 
of Oregon; and 


WHEREAS, pursuant to said authorization the State Highway 
Engineer has made and completed the said surveys and has filed the 
maps and plans of the said surveys in the files of the State Highway 
Commission, in Salem, Oregon; and 


WHEREAS, the maps and plans of the said surveys have been 
examined by the State Highway Commission and have been found suitable 
in all respects for approval and adoption by the State Highway Commis- 
sion; 


NOW, THEREFORE, BE IT RESOLVED that the surveys hereinafter 
designated and described, together with their identifying location 
map-file numbers, as shown in the map-filing records of the State 


4% Highway Commission in its Salem office, be and they are hereby 

a adopted and approved as the location surveys of the various portions 

i" or sections of highways involved: 

i= 

ie Type of 

1 File No. Prefix County Survey Section Highway 

ie 6B6-2 4-1462 Columbia Bridge Columbia River Xing Columbia River 

op: near Knappa 

FR: 5B31-21)110-1433 Douglas location Days Creek-iilo Tiller-Trail 

‘Be 5B33-23) 
6B6-1 21541441 Jackson Reconn. Sams Valley-Evans Raasey Canyon 

Creek Access Road 

7770 25-1410 Morrow bridge Columbia River Xing Columbia River 
(Br. Dept.) near Paterson 


BE IT FURTHER RESOLVED that the State Highway Engineer be 
and he hereby is authorized to make such minor changes in the said 
locations as may improve the standards of alignment and grades not 
inconsistent with the general location of the section of highway in- 
volved, 


i The Commission considered the following requests for extensions of 
time within which to complete highway construction projects: 


i Homer G. Johnson, contract No. 2390, for grading, surfacing and 
oiling the Siletz-Toledo Section of the Siletz Secondary Highway, in 
Lincoln County, requested an extension of time, from August 31, 1941, 
to August 21, 1942, within which to complete this job. He alleged 
that his failure to complete the project within the specified time 
limit was due to the following reasons: adverse weather conditions, 
shortage of skilled labor, difficulties in securing repair parts, 
supplies and equipment, increase in quantities, and insufficient 
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penalty due to the fa¢t that Mr. Wallace's operations were delayed by 
trouble in securing repair parts for his equipment and by labor condi- 
tions beyond his control. The Commission approved the recommendation. 


Blair T. Alderman, contract No. 2524, for construction of two 
frame cabins at the Santiam Junction Patrol Station on the Santiam 
Highway, in Linn County, requested an extension of time, from Decen- 
ber 31, 1941, to August 25, 1942, within which to complete the job. 
He alleged that his failure to complete the contract within the 
specified time limit was due to war conditions which made it diffi- 
cult for him to secure nen and materials. Furthermore, he encoun- 
tered unusually severe weather conditions. The Engineer advised 
that work on this contract, except for the outside painting, was 
completed on February 20, 1942, and that the weather was not suitable 
for the painting work so the contractor was directed to postpone such 
work until suitable weather obtained during the summer. The reasons 
given by the contractor for the delay, he said, are correct. He rec- 
ommended, in view of the circumstances, that the extension of time 
requested be granted without penalty. The Commission approved the 
recommendation. 


Independence Sand & Gravel Company, contract No. 2538, for fur- 
nishing crushed materials in stock piles for the Willamina Rock Pro- 
duction Project on state highways near Willamina, in Polk, Tillamook 
and Yamhill Counties, requested an extension of time, from May 31 to 
July 31, 1942, within which to complete this job. The company gave 
no reasons for failure to complete the project within the specified 
time limit. The Engineer advised that the overrun of time limit on 
this job was due to an increase in the quantity of material that was 
required to be furnished. It was his thought that the extension of 
time requested should be granted without penalty and so recommended. 
The Commission approved the recommendation, 


Independence Sand & Gravel Company, contract No. 2539, for fur- 
nishing of crushed materials in stock piles for the McMinnville Rock 
Production Project on state highways near McMinnville, in Polk and 
Yamhill Counties, requested an extension of time from May 31 to Au- 
gust 20, 1942, within which to complete this job. It gave no reason 
for failure to complete the project within the specified time limit. 
The Engineer advised that the overrun of time limit on this job was 
due primarily to increased quantities of material that the contrac- 
tor was required to produce. He recommended in view of the circun- 
stances that the extension of time requested be granted without pen- 
alty. The Commission approved the recommendation. 


Independence Sand & Gravel Company, contract No. 2543, for fur- 
nishing crushed materials in stock piles for the Rickreall Rock Pro- 
duction Project on state highways near Rickreall, in Polk County, 
requested an extension of time, from May 31 to July 23, 1942, within 
which to complete this job. It gave no reason for failure to com- 
plete the project within the specified time limit. The Engineer 
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E. L. Gates, contract No. 2468, for grading, surfacing and bitu- 
minous macadam on the Rock Creek-Benton County Line Section of the 
Alsea Highway, in Lincoln County, requested an extension of time 
from July 31 to August 27, 1942, within which to complete this proj- 
ect. He attributed his failure to complete the project within the 
specified time limit to inability to find a suitable rock quarry, 
making it necessary to negotiate a price agreement. The Engineer 
advised that the grading work was completed and some surfacing work 
done before the rainy season set in last fall but the contractor 
could not complete the project because of difficulties experienced 
in securing needed materials. The work, he said, has now all been 
completed in a satisfactory manner under a revised agreement where- 
by gravel was substituted for crushed rock and the oiled surface was 
eliminated. He recommended that the extension of time requested be 
granted without penalty. The Commission approved the recommendation. 


C. J. Eldon, contract No. 2481, for grading, surfacing, bitu- 
minous macadam and bridge construction on the Trask River-Peltz Cor- 
ner Section of the Fairview-Clements Corner and Long Prairie County 
Roads, in Tillamook County, requested an additional extension of 
time, from June 30 to August 28, 1942, within which to complete this 
job. He attributed his failure to complete the project within the 
specified time limit to adverse weather conditions, making it im- 
practicable to construct the oiled treatment within the specified 
time. The Engineer advised that the reason given by the contractor 
for overrun of time limit is correct. He recommended, in view of 
the circumstances, that the extension of time requested be granted 
without penalty. A letter was presented from the Public Roads Ad- 
ministration concurring therein. The Commission approved the rec- 
ommendation. 


A. S. Wallace, contract No. 2511, for furnishing crushed mate- 
rials in stock piles for the Hood River Rock Production Project on 
the Columbia River and Mt. Hood Highways, in Hood River and Wasco 
Counties, requested an extension of time, from March 31 to August 14, 
1942, within which to complete this job. He gave no reasons for 
failure to complete the project within the specified time limit. 

The Engineer advised that the contractor's delay was due to diffi- 
culties encountered in securing repair parts for his equipment and 
in the securing of competent labor. He further advised that the 
state has not incurred any extra expense for engineering supervision 
and recommended that the extension of time requested be granted with- 
out penalty. The Commission approved the recommendation. 


A. S. Wallace, contract No. 2512, for furnishing crushed mate- 
rials in stock piles for the Beatty-Paradise Creek Rock Production 
Project on the Klamath Falls-Lakeview Highway, in Klamath County, 
requested an extension of time, from April 30 to July 29, 1942, with- 
in which to complete this job. He gave no reasons for failure to 
complete the project within the specified time limit. The Engineer 
recommended that the extension of time requested be granted without 
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Contract No. @481, with C. J. Eldon, for grading, 
surfacing and bituminous macadam, and construction of two 
bridges on the Trask River-Peltz Corner Section of the 
Fairview-Clements Corner and Long Prairie County Roads, 
in Tillamook County. Completed August 28, 1942. 


Contract No. 2507, with Poole & McGonigle, for fur- 
nishing structural steel for the Morrison Street Bridge, 
Portlamd, in Ifultnomah County. Completed August 29, 19242. 


Contract No. 2511, with A. S, Wallace, for the Hood 
River Rock Production Project, on the Columbia River and 
Mt. Hood Highways, in Hood River and Wasco Counties. Com- 
pleted August 14, 1942, 


Contract No. 2512, with A. S. Wallace, for the Beatty- 
Paradise Creek Rock Production Project, on the Klamath Falls- 
Lakeview Highway, in Klamath County. Completed July 29, 
1942. 


Contract No. 2524, with Blair T. Alderman, for construc- 
tion of employee's cabins at the Santiam Junction Patrol 
Station, at the junction of the North and South Santiam High- 
ways, in Linn County. Completed August 25, 1942, 


Contract No. 2538, with the Independence Sand & Gravel 
Company, for the Willamina Rock Production Project, on state 
highways near Willamina in Polk, Tillamook and Yamhill 
Counties. Completed July 31, 1942. 


Contract No. 2539, with the Independence Sand & Gravel 
Company, for the liclfinnville Rock Production Project, on 
state highways near Mcifinnville, in Polk and Yamhill Coun- 
ties. Completed August 20, 1942, 


Contract No. 2543, with Independence Sand & Gravel Com- 
pany, for the Rickreall Rock Production Project on state 
highways near Rickreall, in Polk County. Completed July 
23, 1942. 


Contract No. 2575, with A. H. Saxton & Son, for the 
Lebanon-Sweet Home Rock Production Project on the Santiam 
Highway, in Linn County. Completed September 2, 1942. 


Contract No. 2578, with Warren Northwest, Inc., for 
pavement resurfacing on South Twelfth Street, Salem, in 
Marion County. Completed September 3, 1942. 


Contract No. 2599, with Babler Bros., for oiling on 
the Shaniko Section of the Sherman Highway, in Waseo Coun- 
ty. Completed September 8, 1942. 
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advised that the contract quantities on this jeb were increased 
materially which accounts for the fact thatthe werk was not com- 
pleted within the specified time limit and recommended, in view 
thereof, that the extension of time requested be granted without 
penalty. The Commission approved the recommendation. 
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A. #. Saxton & Son, contract No. 2575, for furnishing crushed 
materials in stock piles for the Lebanon-Sweet Home Rock Production 
Project on the Santiam Highway, in Linn County, requested an exten- 
sion of time, from July 31 to September 2, 1942, within which to 
complete this job. They gave no particular reason for their failure 
to complete the job within the specified time limit but stated that 
they were delayed because of conditions beyond their control. The 
Engineer advised that the delay in completion of this contract has 
not caused the general public any inconvenience, neither has it 
caused deferment of the work for which the material was to be pro- 
vided. He recommended, in view of the circumstances, that the ex- 
tension of time requested be granted without penalty. The Commis- 
sion approved the recommerdation,. 


1 EAN 8 be 


P The Engineer reported that contracts Nos. 2390, 2401, 2414, 2468, 
2481, 2507, 2511, 2512, 2524, 2538, 2539, 2543, 2575, 2578, and 2599, for 
construction of state highway projects, have been completed according to 

the terms of the contracts or modifications thereof, and that said jobs are 
now ready for acceptance. The following resolution accepting the above proj- 
ects was offered and was adopted by the unanimous vote of the Commission: 


WHEREAS, the Engineer has reported that the following 
State Highway Commission contracts for the construction of state 
highway projects have been completed according to the terms and 
provisions of the contractsand said jobs are now ready for accept~ 
ance: 


Contract No. 2390, with Homer G. Johnson, for grad- 
ing, surfacing and oiling on the Siletz-Toledo Section of 
the Siletz Secondary Highway, in Lincoln County. Completed 
August 21, 1942. 


Contract No. 2401, with R. 0. Dail & Warren Bros., Inc., 
for surfacing and oiling on the North Powder-Davis Ranch 
Section of the North Powder River County Hoad, in Union 
County. Completed August ll, 1942. 


Contract No. 2414, with R. 0. Dail & Warren Bros., Inc., 
for grading, topping, surfacing and oiling on the Flagstaff 
Hill-Ruckles Creek Section of the Baker-Homestead Highway, 
in Baker County. Completed August 11, 1942. 
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Contract No. 2468, with E. L. Gates, for grading, sur- 
facing and bituminous macadam on the Rock Creek-Benton Coun- 
ty Line Section of the Alsea Highway, in Lincoln County. 
Completed August 27, 1942. 
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Portland, Oregon, November 5, 1942 


The State Highway Commission met in regular session at 9:00 a. m. in 
the auditorium of the Public Service Building. Present were: 


Henry F. Cabell, Chairman 

Huron W. Clough, Commissioner 

Herman Oliver, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


Bids, as follows, for highway construction work, sale of power 
shovel, and sale of timber were opened and read in conformity with previously 
published rotices, following which Chairman Cabell announced that the awards 
would be made at 2:00 p. m. in the same room: 


BAKER-HOMESTEAD AND HALFWAY HIGHWAYS 
RICHLAND-HALFWAY ROCK PRODUCTION 


No bids received on this project 


NEHALEM SECONDARY HIGHWAY 
BANZER BRIDGE-WASHINGTON COUNTY LINE ROCK PRODUCTION 


Jed Wilson $37,847.00 
Porter W. Yett 39, 610,00 


CENTRAL ORBGON HIGHWAY 
BUCHANAN ROCK PRODUCTION 


bids reeeived on this project 


THE DALLES-CALIFORNIA AND WILLAMETTE HIGHWAYS 
WALKER MOUNTAIN ROCK PRODUCTION 


bids received on this project 


WILLAMETTE HIGHWAY 
TRENT-SALT CREEK FALLS ROCK PRODUCTION 


bids received on this project 


OREGON COAST AND CORVALLIS-NEWPORT HIGHWAYS 
NEWPORT ROCK PRODUCTION - HAULING ROAD AND CRUSHED ROCK 


F. Altree 


PENDLETON-JOHN DAY HIGHWAY 
NYE JUNCTION-GRANT COUNTY LINE ROCK PRODUCTION 


bids received on this project 
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THEREFORE, BE IT RESOLVED that the work by said 
state highway contracts for the construction of. State highway 
projects be declared completed according to the terms of the re- 
spective contracts, and said jobs are hereby accepted and final 
payment in connection with each is hereby authorized. 


The Commission considered and signed agreements, et cetera, as fol- 
lows: 


Agreement with the City of Albany relative to the improvement 
of the Pacific Highway East through Albany. 


Agreement with Bonneville Power Authority providing for the 
construction of the Wolf Creek Highway across certain government- 
owned lands. 


Agreement with L. E. Bierce covering the use of a logging road 
across Van Duzer Corridor. 


Application for Withdrawal from the Registry System of a parcel 
of land situate in Multnomah County. 


Application for transfer of the water right in connection with 
Peter Skere Ogden State. Park. 


The Commission set Thursday, November 5, 1942, as the date for its 


‘next regular meeting for the receiving of bids. The Secretary was instructed 
to make the usual arrangements to hold this meeting in the auditorium of the 
Public Service Building, Portland. 


There being no further business to come before the Commission at 
this time thé meeting was adjourned at 5:00 p. nm. 


State Highway Engineer Ch n 
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In this connection the Secretary presented a letter from the Toll- 
gate postmaster urging the Commission to keep this highway open during the 
winter months for the benefit of the Tollgate mail carrier. It was the Com- 
mission's decision that the expense is not justified for this reason alone 
and thereupon denied the request. 


The Engineer also brought up for discussion the matter of snow 
removal on the road which extends from the Mt. Hood Highway to Timberline 
Lodge. He recalled that the United States Navy has in mind using the lodge 
as a recuperation center for naval personnel, provided the road to the lodge 
is kept open. He advised that the road in question is not a state highway, 
hence state funds could not be used to finance the snow removal operations, 
although there is a possibility that the project is eligible for federal ac- 
cess moneys. In view thereof he recommended approval of the operations pro- 
vided the federal moneys can be secured to pay the cost. The Commission 
approved the recommendation. 


A letter was presented from Senator Earl E. Fisher, Beaverton, sug- 
gesting action on the part of the Highway Commission to refute a proposal that 
is being made by highway carriers for a reduction in carrier fees. The Com- 
mission indicated approval of Senator Fisher's suggestion; however, deferred 
definite action thereon. The Attorney was instructed to advise Senator Fisher 
that his letter has had the attention of the Commission. 


The question of maintenance of the DeLaura Beach Road and the Ridge 
Road, in Clatsop County, had the attention of the Commission. In the discus- 
sion it was pointed out that these roads are not state highways, although they 
are of general public interest because they are used principally by military 
traffic. It appeared to the Commission, in view thereof, that it would be 
justified in expending state funds in conjunction with Clatsop County funds 
to maintain them for the duration of the war, if the county will maintain them 
thereafter. The Commission by unanimous vote approved such an arrangement 
provided it is agreeable with Clatsop County Court. The Engineer was in- 
structed to contact the county court relative thereto. (The Engineer reported 
later that the county court approved the arrangement. ) 


The Engineer reported that, on October 29, 1942, he awarded to 
Warren Northwest, Inc., the contract for the construction of the Aurora Flight 
Strip, bids for which were taken on October 1, 1942, the conditions of the 
award having been satisfied. The Commission approved the award as reported. 


The Commission had under consideration a request from Lindstrom 
Brothers for the termination of their contract, No. 2594, for construction of 
bridges on Sunderland Avenue Access Road, in Portland, due to difficulties in 
obtaining lumber required for these structures. They declared that they have 
done everything in their power to secure the necessary lumber but without 
success, and asked to be relieved of their obligation. The Engineer stated 
that he could not agree with the contractor that it is impossible to secure 
lumber for these structures and recommended that the request be denied. The 
Commission approved the recommendation. The matter was discussed further 
later in the session at which time the Engineer advised that the lumber for 
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WALLOWA LAKE HIGHWAY 
ROCK CREEK-JOSEPH ROCK PRODUCTION 


No bids received on this project 


SALE OF TIMBER AT SHORT SAND BEACH STATE PARK 


Hanson Brothers $4,000.00 
Gray Logging Company 2,750.00 
SALE OF LORAIN GAS SHOVEL 
Grimstad and Vanderveldt 4, 250,00 
Jed Wilson 3,500.00 
Salem Iron Works 3,350.00 
Babler Bros. 3,260.00 
C. J. Eldon 2,400.00 
The United Contracting Company 2,000.00 
E. M. Tesdahl 1,755.00 
Brookfield Company 1,260.00 


The Commission by unanimous vote approved the minutes of the meeting 
held on July 23, 1942. 


The Engineer brought up for discussion a request from Colonel Barton 
of the Walla Walla Army Air Base for snow removal on the Weston-Elgin Second- 
ary Highway, between Weston and Tollgate, for the benefit of army forces who 
are to train in this vicinity. The Engineer estimated that it would cost about 
$6,000 to do what Colonel Barton asks. He questioned the advisability of per- 
forming this service, unless it is absolutely necessary, because of shortage of 
equipment and man power. The suggestion was made that the request should be 
confirmed by General Olds of the Second Air Force Command, Fort Wright, Wash- 
ington; also, that complete facts with regard to the equipment and labor situ- 
ation should be brought to the attention of Colonel Barton before a decision 
is reached. The Engineer was thereupon instructed to contact Colonel Barton 
by telephone. Such contact was made by the Engineer during the afternoon ses- 
sion and as a result thereof the following telegram was sent to General Olds: 


GENERAL OLDS 
2nd AIR FORCE COMMAND 
SPOKANE, WASH. 


HAVE REQUEST FROIM BARTON, COMMANDING OFFICER, WALLA WALLA AIR BASE, 
FOR SNOW REMOVAL ON TOLLGATE ROAD SO THAT TROOPS MAY BE TRAINED IN 
WIUTER CAMP AT TOLLGATE. YOU HAVE REQUESTED OUR SNOW PLOWS FOR SNOW 
REMOVAL ON RUNWAYS, WE REPLIED SUGGESTING THAT WE PERFORM WORK AT 
COST WHICH WOULD MAKE POSSIBLE THE MORE COMPLETE USE OF EQUIPMENT, 
WHICH IS QUITE SCARCE, AND THEREBY INSURE SNOW REMOVAL FROM BOTH RUN- 
WAYS AND HIGHWAYS. SO MANY REQUESTS ARRIVE THAT IT SEEMS NECESSARY 
TO SET UP A PRIORITY IN PROJECTS. IF YOU CONSIDER THAT, UNDER CON- 
DITIONS OF LIMITED EQUIPMENT AND MANPOWER, TOLLGATE PROJECT IS NECZS- 
SARY WE WILL PERFORM THE WORK AT A COST ESTIMATED TO BE $6,000 WHICH 
WE WILL ASSUME. 


HENRY F. CABELL, CHAIRMAN, STATE HIGHWAY COMMISSION 
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that the State Highway Department, the counties, and the cities 
work out a cooperative agreement or plan whereby all essential 
highways, roads, and streets may be kept open this winter in the 
event of heavy snowfall, 


In conformance with the request contained in these 
letters, the State Highway Commission suggests that the counties 
and cities send in a statement of the snow removal equipment owned 
and operated by the counties and cities in order that it may be 
known what equipment is available for use for snow removal during 
the coming winter. 


This information is requested due to the fact that, in 
case of severe snow conditions occurring in any certain locality 
or in case of a general storm the equipment can be assigned to take 
care of those roads which must be kept open for the movement of 
essential war materials or army movements, 


It is the desire of the Commission to make available to 
the counties and cities the State equipment to assist in snow re- 
moval on those roads and streets which may become blocked and which 
it is necessary to open as soon as the major arteries have been 
opened for traffic. 


It is the desire of the Commission to furnish this service 
to the counties and cities on a cost basis of a certain sum per hour, 
which will include operators and operative expense, and it is the 
suggestion of the Commission that counties and cities fix a price 
per hour for the use of their equipment which will include the oper- 
ators and operating expense for each type of snow removal equipment 
which is owned by the county or city. 


The State will prepare a statement of rental charges for 
the various types of equipment and place this statement in the hands 
of the county and city officials, so that they will know when they 
call on the State for assistance what the rates for the equipment 
will be, and the Commission desires to have a letter or statement 
from the county and city officials advising what the rate will be 
if the State calls upon the counties and cities for assistance. 


It is the desire of the Commission to carry out the re- 
quest of the Maintenance Machinery Section of the War Production 
Board, and the Commission hopes that the counties and ¢ities will 
feel free to cooperate for the mutual benefit of the State, county, 
city and nation. 


The Commission had under discussion a letter from Mr. Ralph H. 
Mitchell, Executive Secretary of the State Salvage Committee for Oregon, in 
which the Commission was asked to turn over to the Salvage Committee an old 
steel bridge which has been dismantled and is stored at the highway mainten- 
ance yard at Seaside. Mr. Mitchell would like to have this material in 
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these structures has been manufactured by the Clark-Wilson Lumber Company and 
is ready for delivery, although, because of union difficulties, delivery can- 
not be made. He suggested that the Commission authorize the use of state 
trucks for the purpose if the contractor will pay the transportation costs. 
The Commission approved the suggestion. It later developed that delivery of 
the lumber could not be made even in state trucks because of union difficul- 
ties. The matter was thereupon referred to the Engineer to work out a solu- 
tion. 


The question whether or not to penalize contractor E. L. Rigdon for 
failure to complete his contract, No. 2473, for construction of the Days Creek- 
Wright Ranch Section of the Tiller-Trail Secondary Highway, in Douglas County, 
within the specified time limit, had the attention of the Commission. The En- 
gineer advised that the contract provided for the work to be done by Septem= 
ber 30, 1941; however, it was not completed until June 30, 1942. The delay, 
he said, was due largely to the fact that Mr. Rigdon was awarded two contracts 
at the same meeting, the other being for the construction of the Cak Creek- 
Marks Ranch Section of the North Umpqua County Road, in Douglas County, and 
that he did not have sufficient equipment to do both jobs at the same time. 

He further advised that Mr. Rigdon sublet the crushing and oiling work on the 
job to the Rogers Construction Company and J. C. Compton, who could not start 
this work as early as was anticipated because Rogers Construction Company had 
several other small jobs under way which were not finished until December, so, 
even if Mr. Rigdon had finished the grading work, it would not have been pos- 
sible to complete the job within the specified time limit. He read aloud a 
letter from Division Engineer K. D. Lytle on the subject (see letter of Octo- 
ber 29 from K. D. Lytle to H. G. Smith) and recommended in view of the find- 
ings contained therein that Mr. Rigdon be relieved of tle penalty for failure 
to complete the job within the specified time, which penalty amounts to 
$2,021.71. The Commission approved the recommendation. 


The Commission discussed a letter from Mr. Maury Maverick, Chief, 
Bureau of Governmental Requirements, War Production Board, Washington, D. C., 
Suggesting a cooperative plan between states, counties and municipalities for 
snow removal on important roads and streets during the winter months, in view 
of the fact that necessities of the war effort have greatly curtailed the 
supply of all new snow removal equipment. Mr. Maverick's plan involves a co- 
operative arrangement between the states, counties and towns whereby one could 
assist the other in this undertaking by renting equipment or performing the 
actual work. The Engineer advised that a similar communication has been re- 
ceived from the Public Roads Administration. He recommended approval of the 
arrangement and that a letter be directed to the county and municipal offici- 
als of the State of Oregon requesting their cooperation in order to reach the 
desired objectives which would work to the mutual benefit of all parties con- 
cerned. After consideration the Commission approved the recommendation and 
authorized the Engineer to direct the following letter to such county and 
municipal officials: 


The State Highway Commission has received a communication 
from Louis Levenson, Chief of the Maintenance Machinery Section, 
Bureau of Governmental Requirements of the War Production Board, 
also a communication from the Public Roads Administration requesting 
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exceed the limits given and set forth hereinbelow. In computing 
the total weight of any single vehicle, the total gross weight of 
any trailer or trailers attached to said vehicle shall be consid- 
ered as a component part of tle total gross load and shall not be 
considered as a separate vehicle. This combined gross weight shall 
not exceed the limits given hereinbelow, to wit: 


KINGS VALLEY SECONDARY STATE HIGHWAY, No. 190, Polk County 
Milepost 190-03.32 Little Luckiamute River Bridge 15 tons 


IT IS FURTHER ORDERED, that these rules and regulations as 
made and found by the State Highway Commission under the provisions 
of Section 115-394, 0. C. L. A., shall be in full force and effect 
until rescinded, modified or revoked by order of the State Highway 
Commission. 


AND IT IS FURTHER ORDERED, that a notice be posted in a 
conspicuous manner and placed at each end of the above-named bridge 
structure, so that said notice can be readily seen and read, which 
notice shall state plainly the limitations and prohibitions of the 
traffic hereby in this order determined and fixed. 


AND IT IS FURTHER ORDERED, that a certified copy of this 
resolution be furnished the County Clerk of Polk County, in which 
county the said bridge structure is located, and the Superintendent 
of the Department of State Police for his information. 


The Secretary requested instructions relative to the renewal of the 
Commission's forgery bond. He advised that the bond provides for 4100,000 
coverage for the members of the Commission and the Engineer, and that the 
present policy, which was written by the American Bonding Company, Jack 
Godfrey and Company, general agents, expired on November 2, 1942. He further 
stated that Mr. Godfrey has furnished a new bond, expiring on November 2,1945, 
for which the premium is $477.75, a reduction of approximately $128.00 from 
the premium previously paid. The Secretary also stated that the Ohio Casualty 
Insurance Company has submitted a quotation for this business and has offered 
to furnish a policy,with provisions identical to those contained in the Ameri- 
can Bonding Company's policy,for a premium of 9381.87 for three years. It was 
the Commission's thought that the business should be given to the company 
charging the lesser premium, other conditions being equal, inasmuch as the 
premium is being paid with public funds; however, considered it advisable and 
a matter of courtesy to offer an explanation to Mr. Godfrey in view of the 
fact that he has enjoyed this business for twenty years or more and has given 
excellent service, The Secretary was instructed to bring the matter to lir. 
Godfrey's attention. 


Mr. Godfrey appeared before the Commission later in the morning 
when the matter was explained to him in detail by Chairman Cabell. Mr. Godfrey 
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connection with a state-wide scrap drive. The Engineer advised that the 
trusses of this old bridge are of very little value although the floor beams 
and stringers could be used to advantage in the construction or maintenance 
of short-span bridges. He recommended approval of Mr. Mitchell's request in 
so far as it pertains to the bridge members that cannot be used by the high- 
way departinent. The Commission approved the recommendation. 


The Engineer requested authority to post reduced load limit signs 
on the Little Luckiamute River Bridge on the Kings Valley Secondary Highway, 
in Polk County, limiting loads to 15 tons. He explained that the hauling of 
logs across this structure was starved a few days ago and that the condition 
nt of the bridge is such that the continued movement of log trucks is unsafe; 
further, that the bridge is located within the boundaries of Camp Adair and 
af probably will be closed by the Army in the not distant future, in view of 
which an expenditure to strengthen the bridge to withstand legal weight loads 
would be a waste of money. The Commission approved the Engineer's request and 
thereupon by unanimous vote adopted the following resolution with regard 
thereto: 


WHEREAS, the road or highway hereinafter named has been 
designated and declared to be and is a state highway and has been 
improved and is being maintained by the State Highway Commission, 
pursuant to the laws of the State of Oregon, as a state highway: 


AND WHEREAS, on the said state highway there is located a 
certain bridge structure, know as the "Little Luckiamute River 
Bridge", which, in the judgment of the State Highway Commission, is 
incapable of safely carrying the traffic to which it is being sub- 
jected, and, in order to protect said bridge structure against dan- 
age and injury and in order to safeguard traffic over said bridge 
structure, it is deemed and is the judgment of the State Highway 
Commission and said Commission finds that it will be for the best 
interests of the said bridge structure and of the traffic which uses 
the said bridge structure that the maximun weights now permitted and 
authorized by law be reduced; 


AUD WHEREAS, the State Highway Commission has » after due 
investigation, determined and found and it is the judgment of the 
Commission that the maximum gross loads which shall be permitted 
upon any single span of the said structure at any time shall be re- 
duced and fixed as in this order provided ; 


NOW, THEREFORE, the premises being in part as above stated 
and the State Highway Commission having, as a result of due investi- 
gation, found that the bridge structure above referred to and herein- 
after designated is incapable of safely sustaining or supporting a 
total gross load in excess of that specified hereinbelow; 


IT IS HEREBY ORDERED, that the total gross weight of com- 
bined load and vehicle which at any one time shall be permitted upon 
any single or individual span of tre said bridge structure shall not 
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in the vicinity set it afire, endangering Mrs. Thomas's home; further, that 
in order to protect her home, Mrs. Thomas took it upon her$elf to extinguish 
the fire using water which passes through her water meter. It also appears 
that her water bill for the month is $2.69 more than her average water bill 
for the previous nine months which indicates that the excess water was used 
to put out the fire, thereby saving Mrs. Thomas's residence and also prevent- 
ing the burning of some highway signs. Mrs. Thomas is asking for reimburse- 
ment in the amount of $2.69. The Commission considered that the saving of 
the highway signs is more than sufficient justification for paying the claim 
and thereupon authorized payment of the same. 


The Attorney requested instructions whether or not to press the 
claim against Woolach Brothers for testing lubricating oil. It appears that 
certain lubricating oil was purchased from Woolach Brothers and when delivery 
of the same was made the contents were not clearly marked for identification 
so it was necessary to make an extra test of the oil in each container. This 
work was done by the highway department's testing laboratory at a cost of 
$41.00 and, due to the fact that the extra work was the result of negligence 
on the part of the shipper, Woolach Brothers were billed for this expense and, 
whereas they originally acknowledged the obligation, apparently they now do 
not recognize it and ignore the bills that have been presented to tnem. After 
discussion the Commission instructed the Attorney to personally contact Woolach 
Brothers relative thereto and report the results thereof when the Commission # 
will give him further instructions. : aa 


The Commission discussed the advisability of selling a number of ; 
the "black and white" films of the "Old Oregon Trail." The Engineer advised 
that the Travel and Information Department has on hand some forty-five or 
fifty of these films which it has been the practice to loan to various organ- 
izations; that they have outlived their usefulness from the state's stand- 
point, having been replaced by colored films, and a number of requests have 
been received to purchase outright from the excess stock, It was his thought 
that it would be possible to secure from $10 to $15 for each film and rec- 
ommended the sale of the same inasmuch as they now are of little value. The 
Commission approved the sale of the excess films at $15 each with the under- 
standing that they are not to be used for commercial purposes. 
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In this connection the Engineer brought up for discussion the matter 
of loaning colored pictures of Oregon scenes to hotels and simflar institu- 
tions in California. He advised that the Travel and Information Department 
has a number of these pictures on hand and gave as his thought that the loan- 
ing of the same to such agencies would give the state considerable cheap ad- 
vertising which is particularly desirable at this time in view of the fact 
that the generalized advertising of the state by this department has been 
greatly curtailed. The Commission after discussion authorized the loaning of 
the pictures provided no favoritism is shown in the dispensing of the same. 
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The Commission by unanimous vote adopted the following resolution 
covering use by the Oregon Shipbuilding Corporation of a portion of the area 
that was acquired in connection with the Front Avenue Project in Portland, 
which area is to be used by the corporation as a parking place for automobiles 
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Spoke highly of the Ohio Casualty Company and expressed disappointment that 

he would not receive this business, He inquired whether or not the Commission 
would continue the policy with his company if the amount of the premium were 
reduced to that quoted by the Ohio Casualty Company and stated that, while he 
did not believe that his company would approve the reduction, he would like to 
have a few days within which to ascertain definitely in regard thereto. The 
Commission authorized the placing of this business with the American Bonding 
Company if it will reduce the premium in such amount and gave Mr. Godf: ay ten 
days'time within which to obtain a definite answer from the home office of his 
company. In the event Mr. Godfrey is unable to secure a reduction in the pre- 
mium rate, then the business is to be given to the Ohio Casvalty Company pro- 
vided the company furnishes a policy equally as good as that offered by the 
American Bonding Company. The matter was referred to the Attorney and the 
Secretary for a decision in this regard. (Mr. Godfrey notified Chairman Cabell 
on November 7, 1942, that the American Bonding Company had reduced the amount 
of the premium to 9381.87. Mr. Cabell thereupon authorized the placing of the 
business with Mr. Godfrey's company.) 


Mr. Walter Meacham, Executive Secretary of the Old Oregon Trail 
Marker Committee, came before the Commission at this time and asked the Com- 
mission to authorize the erection of ten additional markers along the Old 
Oregon Trail. He recalled that the Commission some months ago approved an 
expenditure of approximately $2,500 for this purpose but "froze" the funds 
later on account of war conditions, It was his thought that the project 
Should be revived in view of the Oregon Trail Centennial Celebration which is 
to be held next year. Mr. Meacham also Suggested that the reading matter on 
the markers would be more legible if done with white enamel paint rather than 
with gold paint. The Commission approved the latter suggestion but took under 
advisement the matter of authorizing the additional markers. The matter was 
reconsidered after Mr. Meacham's departure at which time the Commission ap- 
proved his request on the condition that there are materials on hand with 
which to construct the markers and that the erection of the signs be deferred 
until men can be conveniently spared for the purpose. 


In this connection the Engineer advised that Mr. Meacham made a 
trip to Tacoma, Washington, on October 30, 1942, with Dr. Driggs,in the inter- 
ests of the Old Oregon Trail Centennial program, his expense in connection 
therewith amounting to $5.95 for which he is asking reimbursement. He rec- 
ommended approval of this out-of-state expenditure. The Commission approved 
the recommendation. 


The Commission approved and ordered filed a resolution from the 
County Court of Lake County with respect to the abandonment of a portion of 
the Drews Gap-Cottonwood Creek Section of the Klamath Falls-Lakeview Highway 
which has been realigned. 


The Commission discussed the claim of Mrs. J. W. Thomas for reim- 
bursement of expense incurred by her in connection with the extinguishing of 
a fire which occurred on the right of way of the Pacific Highway in front of 
her premises south of Salem, It appears that a load of flax overturned on the 
highway at this point and before the flax could be picked up some small boys 
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The Commission by unanimous vote also adopted the following resolu- 
tion establishing a 35-mile-per-hour speed limit for traffic along the Oregon 
Coast Highway between mileposts 24 and 25, and between mileposts 32.5 and 44: 


WHEREAS, the State Highway Commission, pursuant to the 
provisions of Section 115-320, 0. C. L. A., as amended by Chapter 
458, Oregon Laws, 1941, has caused an engineering and traffic in- 
vestigation to be made with respect to certain state highways and/or 
certain sections of state highways more particularly and completely 
described and set forth hereinafter; and 


See eras 


WHEREAS, the data, facts and information obtained in con- 
nection with said investigation are all on file in the office of the 
State Highway Commission at Salem, Oregon; and 


WHEREAS, based upon said engineering and traffic investi- 
gation the Commission has determined that the fixed and designated 
speeds prescribed by the provisions of subsection (b) of said Sec- 
tion 115-320, 0. C. L. A., as amended, are in certain specified in- 
stances greater than is reasonable and safe and in other specified 
instances are less than is reasonable under the conditions found to 
exist upon or with respect to the state highways or sections of 
state highways hereinafter set forth and more particularly described 
and defined hereinafter, and the State Highway Commission has there- 
fore determined to designate a different speed thereupon than the 
speed fixed in said statute, which said different speed or speeds 
shall be as specifically set forth hereinafter. 


NOW, THEREFORE, based upon said engineering and traffic 
investigation and upon the finding and determination made by the 
Commission with respect thereto, the Commission does hereby deter- 
mine and does hereby order that within the meaning and purpose of 
said Section 115-320, 0. C. L. A., as amended, the speed at which 
a vehicle may be driven upon said state highway and/or upon said 
sections of said state highway shall not exceed the rate of speed 
set forth immediately following. 


Name of Highway: Oregon Coast Highway 
Highway No. 9 
Route No. US 101 


location of Termini Established Speed 


From Mile Point 24 to Mile Point 25 35 miles per hour 
" " n 32 . 5 " " n 44 35 n t " 


BE IT FURTHER ORDERED that the State Highway Engineer be 
and he hereby is ordered and directed to erect at appropriate places 
in sufficient number adequate signs giving notice of the particular 
applicable speed on said state highway. 


belonging to shipyard workers who are to be transported from this central 
location to the several shipbuilding plants in the Portland area. The reso- 
lution confirms the action taken by the Commission at the previous meeting: 


WHEREAS, pursuant to written agreement between the State 
of Oregon, by and through its State Highway Commission, and the City 
of Portland, by and through its municipal authorities, there is un- 
der construction a major improvement in the City of Portland know 
as the Front Avenue highway and street project; and 


WHEREAS, in connection with said project there were ac- 
quired by the joint action of the City and the State certain real 
properties, some of which are needed for the immediate promotion of 
Said project and some of which will be employed in the future when 
said project in its entirety is carried to completion; and 


WHEREAS, for the purpose of contributing relief to the 
traffic problem involved in the transportation of persons to and 
from the shipyards of the Oregon Shipbuilding Corporation, the City 
and the State have been asked to make available for parking privi- 
leges certain lands acquired by the City and the State for use in 
connection with the said Front Avenue pro ject 3 and 


WHEREAS, in response to said request made by the Oregon 
Shipbuilding Corporation, the City has passed and regularly adopted 
Ordinance No. 77921, which was passed by the Council October 1, 1942; 
and 


WHEREAS, it is the purpose of the State to join with the 
City in making said area available for the purpose disclosed in the 
petition and likewise covered in said ordinance; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
Oregon State Highway Commission, all members being present and vot- 
ing affirmatively, as follows: 


eee oe 
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1. That Ordinance ilo. 77921, as passed and adopted by the 
City Council of the City of Portland on October 1, 1942, be and the 
same hereby is approved for the State by this Commission, and the 
Highway Commission does hereby consent to the use of the streets and 
areas specified in said ordinance for the purposes therein set forth. 
A copy of said ordinance, marked "Exhibit A", is hereto attached and 
by this reference made a part hereof.+ 


ilies comet Wa! 
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2. That this resolution be entered in the minutes and rec- 
ords of the Highway Commission and the Secretary be and he hereby is 
instructed to deliver to the Oregon Shipbuilding Corporation a duly 
certified copy thereof, and that he be and hereby is directed to de- 
liver to the City of Portland and to William Lynch, District Engineer 
of the Public Roads Administration, like certified copies, 


*Ordinance filed in General Files. See Resolutions General file, 1942. 


building and a large barn; that the buildings are situate on the west side of 
the highway within the boundaries of Camp Adair; and that the Army officials 
have ordered Mr. Falk to vacate the premises immediately, The Engineer ad- 
vised that the moving of the buildings at this time of the year is a diffi- 
cult undertaking in view of the unstable condition of the new highway grade 
and the detour that highway traffic is using. However, it could be accomp- 
lished if Mr. Falk is willing to Pay the cost of doing certain graveling 

work to facilitate the movement. It appeared to him that the circumstances 
surrounding this case justify the granting of a permit, provided the move- 
ment is undertaken during the time of the year when it will inconvenience 
highway travel the least amount, He Suggested that an effort be made to 
secure approval by the Arny authorities for deferment of the moving opera- 
tions until next spring and, if such approval cannot be obtained, that a 

plan be effected whereby the buildings can be moved now. It appeared to the 
Commission, after discussion, that lr. Falk must be accommodated in some 
manner, Accordingly, the Engineer was instructed to take up the matter with 
the Army authorities in an endeavor to have the moving postponed until spring 
when conditions 1411 he much tetter than they are now, In the event the Army 
will not consent to the deferment, then he is to outline a plan for moving 
the buildings at once, 


The Commission reconsidered the matter of selecting delegates to 
the annual meeting of the American Association of State Highway Officials 
which is to be held in St. Louis, Missouri, on December 7, 8 and 9, 1942. 
It was decided that the highway department should be represented by Chairman 
Cabell and Commissioners Clough and Oliver if possible for them to attend, 
the State Highway Engineer, the Attorney, and the Bridge Engineer, provided 
out-of-state travel for each is authorized by Governor Sprague. 


The Engineer requested authority to spend about $3,000 to place 
a pit run gravel surface on a four-mile section of the Wasco-Heppner Sec- 
ondary Highway at the Gilliam-Morrow County line. He explained that the 
present surfacing becomes very slippery when wet and many cars have been 
Stuck during unexpected rains, and, in some instances, cars have slid off 
the grade. A light surfacing of rock, he said, would correct this situation 
and would enable continued use of the road. The Commission approved the ex- 
penditure, the work to be done with state forces if and when men and equip- 
ment for the purpose can be spared. 


Consideration was given by the Commission to the following requests 


for the placement of stop signs where highways cross over railroad tracks at 
grade; 


Oregon Railroad Association:- stop signs at the crossing of 
the Oswego Highway with the Southern Pacific Company's tracks at 
Oswego; and at the crossing of the Pacific Highway with the Oregon 
Electric Railroad at Harrisburg. 


City of Hillsboro:- crossing of the Tualatin Valley Highway 
and the Pacific Railroad and Navigation tracks at Baseline and 
Range Streets; and crossing of the secondary state highway and the 
railroad tracks at First and Cedar Streets. 
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BE IT FURTHER ORDERED that any previous order heretofore 
made by the Commission with respect to speed or speeds applicable 
to any of the highways or sections of highways specified herein 
which is in conflict with the provisions of this order hereby is 
vacated and annulled,+ 


* Note: The purpose of this resolution is to amend the resolution 
adopted November 17, 1941, with respect to established speeds be- 
tween mileposts 24 and 25, 32.5 and 44 on said Highway US101 but in 
all other respects the said Resolution shall be in full force and 
effect. 


The Commission discussed a report from she chief weighmaster with 
respect to the attitude of H. L. Kirk, Justice of the Peace, Lakeview, in the 
assessment of fines against log haulers for overloading. It appears that of 
some twenty-four cases that have been cited to Judge Kirk's court no fine 
whatsoever has been assessed except that imposed to pay court costs, and that 
it is Judge Kirk's impression, gained from his personal inspection of the 
highways involved, that the overloads do not hurt the highways. The question 
arose what to do in order to gain Judge Kirk's cooperation. The Engineer sug- 
gested that action on this matter be deferred until the log haulers have had 
an opportunity to reflect on the letter that is to be sent to them shortly 
over the signatures of the Office of Price Administration, Office of Defense 
Transportation, Oregon State Police, Public Utilities Commissioner, and the 
Oregon State Highway Commission; and, if the desired results are not obtained 
as a result of guch letter, that the old penalty of suspension and/or cancel- 
lation of permits be restored. The Commission approved the suggestion, 


The question whether or not to grant permits authorizing the use of 
Special sanding equipment on trucks during the winter season, involving over- 
loads of 700 pounds, as has been done in the past two years, had the attention 
of the Commission. The Engineer recommended the granting of such permits to 
carriers who are not operating under emergency transportation permits, but 
that such permit be not granted to carriers who are operating under an emer- 
gency transportation permit which already allows a gross load of 71,250 pounds, 
it being his thought that the 700-pound weight should be considered as in- 
cluded in the 71,250-pound limit. The Commission approved the recommendation. 


The Commission discussed briefly a report from the Secretary dis- 
closing a number of overweight violations committed by several carriers who 
are operating under emergency defense transportation permits. Action thereon 
was deferred by the Commission until a future meeting. 


The application of F. W. Falk for permission to move a number of 
farm buildings across the Pacific Highway West, a short distance north of the 
Suver intersection, was discussed, A report on this subject indicates that 
there are some five or six buildings to be moved, including a large residence 
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only, and that it is not proposed to store any materials thereon, although 
the plan is to construct a bulkhead on each side of the area so it can be 
filled in to the level that will accommodate the loading of cars. After con- 
siderable discussion the Commission tentatively approved the request, it be- 
ing understood that the use of the state's property is of a temporary nature 
and that the privilege is not exclusive. The Engineer was instructed to in- 
vestigate the premises in the near future and to report his findings. In the 
event his recommendation is favorable and is approved by the Commission, the 
matter is to be covered by appropriate written agreement between the parties 
concerned. 


The Commission adjourned at 12:00 noon and reconvened at 1:30 p. m. 
in the same room with the same persons present and participating. 


At 2:00 p. m. Chairman Cabell announced the following awards of 
contracts, sale of timber, and sale of gas shovel, bids for which were taken 
at the morning session, such awards having previously been approved by the 
Commission by unanimous vote: 


"Richland-Halfway Rock Production Project on the Baker- Ps 
Homestead and Halfway Highways, in Baker County. There were , 
no bids received on this project. sa 


"Banzer Bridge-Washington County Line Rock Production Proj- 
ect on the Nehalem Secondary Highway, in Columbia County. Jed 
Wilson, Seaside, submitted the low bid for this project, in the 
amount of $37,847.00. Porter W. Yett, Portland, submitted the 
next-low and only other bid, in the amount of 939,610.00. The 
Commission awards this contract to Jed Wilson at his low bid of 
937,847.00. 


2. 


"Buchanan Rock Production Project on the Central Oregon 
Highway, in Harney County. There were no bids received on this Bs 
pro ject. 24 


"Yalker Mountain Rock Production Project on The Dalles- 
California and Willamette Highways, in Klamath County. No bids 
were received for this project. 


"Trent-Salt Creek Falls Rock Production Project on the 
Willamette Highway, in Lane County. No bids were received on 
this project. 


“Newport Rock Production Project on the Oregon Coast and 
Corvallis-Newport Highways, in Lincoln County. Construction of 
0.66-mile hauling road and furnishing of 10,000 cubic yards 
crushed rock in stock pile. E. F. Altree, Agate Beach, submitted 
the only bid for this project, in the amount of $29,000.00. The 
Commission awards this contract to E. F. Altree at his bid of 
$29,000.00 


Repeal ATA Ge 
: . 
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City of Condon:- stop signs at the crossing of the John Day 
Highway and the Wasco-Heppner Secondary Highway with the Oregon- 
Washington Railroad and Navigation Company's tracks near the north 
city limits. The city also requests the state to erect stop signs 
at a point where the road which connects the Wasco-Heppner Second- 
ary Highway and the John Day Highway, at the north city limits, 
crosses the Oregon Washington Railroad and Navigation Company's 
tracks. 


This matter was discussed at considerable length during which reference was 
made to the order heretofore made by the Commission requiring highway traffic 
to stop before crossing certain main line railroad tracks. It was recalled 
that such order was made at the reques! «f the Oregon Railroad Association and 
that it was intended to cover highwaj .<ossings of main line railroads only, 
and that the crossings mentioned therein were selected only after very careful 
study and joint approval by the highway and the railroad engineers. The Com- 
mission considered that it is not justified at the present time in extending 
the order to cover other crossings and, accordingly, voted unanimously to 
limit the stop order to the crossings mentioned in said order. Such action 
is to be considered as a policy to be followed hereafter in passing on re- 
quests of this nature. The Commission thereupon denied the above-mentioned 
requests inasmuch as they do not come within the approved category, and or- 
dered that the respective applicants be so informed. 


With respect to the crossing of the connecting road at the north 
city limits of Condon, there was a question whether or not this is a city 
street or a county road. In the event investigation reveals it to be a city 

street, the Commission authorized the furnishing and placing of appropriate 

signs on the condition that the City of Condon will deposit with the Comnis- 

sion, in advance, its certified check in the estimated cost of the installa- 

tion. ; 


In this connection a letter was presented from Mr. L. L. Gooding, 
Principal of the Milton-Freewater Public School System, requesting the removal 
of four stop signs at the crossing of the state secondary highway with the 
railroad tracks in Freewater. Mr. Gooding alleges that there are now only one 
or two logging freight trains that operate over this crossing daily and that 
there is no justification for the signs. The Commission deferred action on 
this matter until the next meeting. 


Mr. Paul F. Murphy, Vice-President of the Loritan Investment Company, 
Oswego, was present and requested permission to utilize a portion of the right 
of way of the Oregon Coast Highway about six miles south of Marshfield in con- 
nection with the loading of coal onto railroad cars adjacent thereto. Mr. 
Murphy advised that his company is mining coal in this vicinity and the desig- 
nated location is the most convenient one that they can find for the loading 
of the coal onto the cars; however, the distance between the railroad and the 
right of way at this point is too narrow for the use to which they propose to 
put it, so it will be necessary for them to encroach somewhat on the highway 
right of way, although not sufficient to interfere with or cause a hazard to 
highway traffic. He further stated that the use of this area is temporary, ' 
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Board, by letter, so the Commission could have the benefit of the same as 
justification for any work that the Commission might authorize. 


Chairman Cabell inquired whether or not the War Production Board 
would approve the project and the expenditure necessary to obtain the de- 
sired end. Mr. Brundage replied that he was certain that the War Production 
Board would approve it and that he, himself, would help to secure such ap- 
proval, He advised that the problem of log supply is getting to be very bad 
and the outlook for a winter supply is not very promising, in fact the log 
ponds at the present time contain only about one-third of the normal supply. 
Especially is this true, he said, of spruce logs where the condition is crit+ 
ical. It was his thought, inasmuch as the logging contractor would receive 
considerable cash advantage by being permitted to haul the longer logs, that 
he would be willing to cooperate with the Commission in the expense involved. 
Mr. Davidson stated that, while he is not in position to commit Mr. Van Vleet, 
he believed that he would be willing to cooperate and would ascertain defi- 
nitely to what extent. After further discussion Chairman Cabell concluded 
the conference by stating that the Commission will be pleased to give the 
matter further consideration if Mr. Brundage will direct a letter to the Com- 
mission confirming his oral statements with respect to the necessity for the 
improvement and the need for the longer length logs. Mr. Brundage agreed to 
furnish such letter, whereupon the Engineer was instructed to contact the 
members of the Commission upon receipt of the same for further instructions, 
it being understood that the work, if approved, would be done with state 
forces and that it would consist of a minimum amount of widening at bad turns 
so as to permit 40-foot logs to be transported without taking up more than 
one-half the roadway, 


Messrs. Merle Chessman, Chairman, and John Laing, member, of the 
Advisory Committee on travel and information matters, were present in regard 
to the furnishing of colored post cards free of cost to soldiers in army can- 
tonments, USO headquarters and similar places, in the state of Oregon. They 
explained that some of the adjoining states now furnish post cards for such 
purpese which is not only an accommodation to soldiers but also a form of 
State advertising from which it is anticipated the state will receive much 
benefit after the war is over. It is planned, they said, to place the cards 
for free distribution at the above-mentioned places. They estimated that the 
initial outlay for 500,000 cards would be approximately $1,750. After dis- 
cussion the Commission approved the project by unanimous vote. 


The Travel and Information Department budget requirements for the 
calendar year 1943 was then discussed. After careful consideration the follow- 
ing budget was approved by the Commission subject to confirmation by members 
of the Advisory Board, each of whom are to be contacted relative thereto by 
letter by Mr. Chessman through Mr. Oscar Cutler, Acting Director of the Travel 
and Information Department: 


601 Supervision and General Expense 


GOLATEOGss 0:34 050 Fs 049% ocd ose clescdceccecccsccecveces $6250.00 

Travel, Stationery, Supplies & biscel......seeseees 1250.00 
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"Nye Junction-Grant County Line Rock Production Project on the 
Pendleton-John Day Highway, in Umatilla County. No bids were re- 
ceived on this project. 


"Rock Creek-Joseph Rock Production Project on the Wallowa Lake 
Highway, in Wallowa County. There were no bids received on this 
project. 


Sale of Timber 


"Timber at Short Sand Beach State Park, in Tillamook County. 
Hanson Brothers, Astoria, submitted the high bid for this timber, 
in the amount of $4,000.00. Gray Logging Company, Seaside, sub- 
mitted the only other bid, in the amount of $2,750.00. The Commis- 
sion rejects these bids. 
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Sale of Lorain Gas Shovel 


")*\-yard Lorain Gas Shovel, located at Garibaldi, in Tillamook 
County. Grimstad and Vanderveldt, Astoria, submitted the high bid 
for this shovel, in the amount of $4,250.00. Jed Wilson, Seaside, 
submitted the next-high bid, in the amount of $3,500. There were 
six lower bidders. The Commission sells this Lorain Gas Shovel to 
Grimstad and Vanderveldt at their high bid of $4,250.00." 


Mr. Carl E. Davidson, attorney, Portland, came before the Commission 
in behalf of George R. Van Vleet, logging contractor, whose operations involve 
the truck hauling of logs over the Cannon Beach Section of the Oregon Coast 
Highway. Also present was ifr. F. H. Brundage, Western Log and Lumber Adminis- 
trator, War Production Board. Mr. Davidson asked the Commission to modify its 
present ruling with respect to the overall length of loads that may be trans- 
ported over this highway so as to permit the moving of logs 40 feet long. The 
present overall length restriction of 42 feet, he said, limits the length of 
logs to less than 30 feet, which is an undesirable length in view of the fact 
that the logs are mostly spruce which are used as airplane stock and the longer 
length logs are much better adapted to such purpose. He also requested this 
privilege from the standpoint of increasing the output of logs as the Govern- 
ment is urging, and as a measure to conserve labor and equipment. He advised 
that Mr. Van Vleet has some 300,000,000 board feet of timber to market and 
plans, for the next two years at least, to move about 30,000,000 feet annually. 
Chairman Cabell advised that the Commission placed a length restriction on 
this section of highway because it is very crooked and the longer length logs 
cannot be moved over it without taking up more than one-half the roadway and 
endangering other traffic. Logs 40 feet long, he said, cannot be transported 
over this section unless a number of curves are widened which the Engineer 
estimates would cost approximately 10,000 if done during the winter season. 
The Engineer advised that the existing highway is not on permanent alignment 
and that any expenditure made now to improve the alignment would be lost when 
the new highway is built. He gave as his understanding that the War Produc- 
tion Board is anxious to secure lr. Van Vleet's logs and suggested in view 
thereof that the request for the improvement should come from the War Production 
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Mr. Elmer Bankus, Prookings, was present in regard to his previous 
offer to sell to the state a large acreage of timber land situate adjacent to 
the Oregon Coast Highway in Curry County. He recalled his previous offer to 
sell this land to the state at the rate of 50¢ per thousand board fect fr the 
timber standing thereon. However, he advised that since he made the original 
offer he has given the matter further study and has discussed it with the State 
Parks Superintendent and is convinced that the state is not interested in all 
of this land, wherefore he is willing to give the state first refusal on some 
894 acres which contain about 26,410,000 feet of timber. Mr. Bankus exhibited 
a map Showing the areas in question and their proximity to the highway. After 
considerable discussion the Commission deleted 240 acres from the total, leav- 
ing 654 acres of which the acquisition of a 40-acre tract near the Pistol River 
was questioned. Mr. Bankus offered to sell the 654 acres to the Commission for 
#,500, and agreed to accept the sum of $9,000 if the Commission decides not to 
take the 40-acre tract near Pistol River. The Commission indicated approval of 
the offer but deferred a definite decision until later in the day. 


The matter was reconsidered after Mr. Bankus's departure, at which 
time the Commission decided to accept Mr. Bankus's offer of $9,000 for the 614 
acres, it being considered that tne 40-acre tract near Pistol River is not 
worth the extra $500. 


Mr. Bankus reappeared before the Commission later in the session, at 
which time he was informed by Chairman Cabell of the Commission's action. As 
to the 40-acre tract eliminated, Mr, Bankus was informed that the Commission 
wishes to give this particular area further consideration. Mr. Bankus agreed 
to hold the property for such final decision, The property approved by the 
Commission is described as follows; 


SE} of the SE} of Section 33, T. 38S, R. 14 W., W. Me 
lots 5, 11, 12 and 14 of Section 19, T. 40 S., R. 13 W., W. M. 
Xp of the Ws of Section 1, T. 40 S., Ro 14 W., We. M. 
Ft of the SW+ and the W3 of the SE? of Section 12, T, 40 S.,R.14 W.,W.M 
srt of the SE> of Section 24, T. 40 S., R. 14 W., W. NM. 
3 of the NE} of Section 25, Ti. 0 Se; "R. 14 W., We M., except the 
“3 of the NE? of the NES of said section, 
All that portion of the SW of the NE+ of Settion 25, T. 40 S., 
R. 14 W., W. M., which lies northerly of the northerly right 
of way line of the Oregon Coast a aveny - 
SE} of the NE? of Section 25, T. 40 S., R. 14 W., W. M. 
Containing 614 acres of land more or — 


The Parks Superintendent also reported on the following park matters: 


Proposed parks in Douglas County:-The Parks Superintendent ad- 
vised that Douglas County Court has offered to deed to the state, 
without cost, three parcels of land which they consider valuable 
from the recreational standpoint. One of these is an 80-acre tract 
situate adjacent to the old Coos Bay Wagon Road near the summit of 
the Coast Range. He said that this is a beautiful place but does 
not fit into the state parks' picture and recommended in view there- 
of that the offer be declined, The Commission approved the recom- 
mendation, The second area is a narrow wayside strip adjacent to 
the Elkton-Sutherlin Secondary Highway about two miles south of a 
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614 Specialty ROVO0E 68006 1h 6.6655: 656 25 isd. 006 25 6 0400%.28G2500.00 
616 Literature Distribution.......cccccccccccccccccccccece 150.00 


GLP MOUs «Wii Bids 08 565500 0504 ws obR5 00 bie) 05550594 5 BE 00 
GLB),  DOOMRONG s wa vig ind 06k 6 obi WEA he pbk 00s 0855 0d 5 48S eee- 1000.00 
619 Cuts and Mats.....ccccccces ebb 046550040965 6 d005 06 cséeee (250.00 
aes S FROMIGN ie ie bes. 05 «658 0B 08 0 0.464 400K4 0409005 040501. «es 200.00 
621 Postage and Express.....ccceccsccccceccececs ibs 4c BEC CEs 750.00 


622 Photographic Laboratory Charges.......ssesecessceceesss 1250,00 
Total 912,750.00 


*1942 expense estimated; bill will probably not be received until 
January 1943. 


A delegation representing the U. S. Highway No. 20 Association and 
consisting of wessrs. Don Peoples, Oregon Chairman, Bend; County Judge W. H. 
Malone of Benton County; County Judge J. J. Barrett and Commissioner H. A. 
Renninger of Linn County; C. R. Ashton, City Recorder of Albany; Sam Dolan of 
the Oregon State College Faculty; Jess Thompson of Nyssa; and Ernest Magee and 
Matt Spellman of Newport, cane before the Commission and asked the Commission 
to take action as may be necessary to secure the designation of the highway, 
Which extends from Albany to Newport, an extension of U. S. Highway No. 20, 

So as to provide a U. S. numbered route clear across the United States, from 
the Atlantic seaboard to the Pacific Ocean. Mr. Peoples headed the group and 
was principal spokesman, We alleged that such designation would be of great 
advantage to the state in advertising from an ocean to ocean standpoint. 
Chairman Cabell doubted that the state would receive much advantage from such 
designation. He pointed out that the designations are made by a special com- 
mittee of the American Association of State Highway Officials whose decisions 
are based on the benefits that the general traveling public as a whole will 
receive and not on the benefits that might accrue to any particular community 
oy locality. It was his thought that the association should file its applica- 
tion with the Secretary of tne American Association of State Highway Officials 
and that such application should set forth arguments in detail, clearly defin- 
ing the benefits and advantages that such designation would be to the general 
traveling public. 


There followed a general discussion in which several members of the 
delegation joined. Mr. Peoples inquired whether or not the Highway Commission 
would endorse the association's application. He was informed by Chairman 
Cabell that the Commission would discuss the matter further with its engineers, 
and if it appeared that such endorsement is appropriate then the Commission 
would act accordingly and if it was not approved the association would be in- 
formed. Mr. Peoples filed with the Commission, in support of the oral argu- 
ments, a copy of each of three resolutions that were adopted by the U. S. High- 
way No. 20 Association at its meeting which was held in Bend on October 26, 
1942. This concluded the conference. 


advising that a survey of the property is now being made and that 
the title is being examined. He further stated that, in discuss- 
ing the matter with Mr. Simpson, he pointed out the desirability of 
the state securing 200 additional acres of land on the easterly 
side of the highway in order to control the water supply and to ob- 
tain a 100-foot right of way for the highway. Mr. Simpson, he said, 
agreed to include such additional property in his offer. The Com- 
mission approved the report. 


Proposed acquisition of 0 & C lam near Brightwood:- The Parks 
Superintendent advised that it has been called to his attention by 
federal authorities that there is some vacant 0 & C land available 
for entry, adjacent to the Mt. Hood Highway between Brightwood and 
Wemme, and that it would be possible for the state to acquire this 
property through Clackamas County by exchange of county lands. The 
Salmon River, he said, runs through the property and in his estima- 
tion it would be desirable to acquire the tract or at least a part 
of it in order to protect the timber fringe along the Mt. Hood High- 
way. He recommended acquisition of a portion of the property anyway, 
in order to protect this timber fringe. The property is located in 
the S$ of the NE+ of Section 31, Township 2 South, Range 7 East, W. M. 
He was instructed by the Commission to make further investigations 
when the Commission will decides whether or not to acquire all or 
just a part of the property. 


Proposed park at Floras Lake, Curry County:- The Parks Super- 
intendent discussed with the Commission the advisability of acquir- 
ing 1400 acres of land with 24 miles of ocean frontage, extending 


from Floras Lake south to the Sixes River, He advised that the 
property is owmed by a California concern which has stated its will 
ingness to sell it to the state fot the sum of $2,700 which is at 
the rate of $1.93 per acre. $2,000 of the purchase price, he said, 
would be paid to Curry County for back taxes so the company by this 
deal is getting only $700 for its interests. He pointed out that 
the company, a number of years ago, purchased a one-mile section of 
beach and that under the provisions of this deal the beach area 
would revert to the state, which in his estimation is a very desir- 
able feature. Entrance to the property, he said, is gained by a 
road down the Sixes River and there is also available a roadway 
from Port Orford to Floras Lake; however, neither of these roads is 
in very good condition, but he believed them passable. He further 
advised that he has taken an option to purchase this property, which 
expires on January 1, 1943, and, if the Commission exercises this 
option, he plans to develop the area with CCC forces, including the 
roadways leading to the same. He suggested that the money that the 
Commission received from the Chrome Mining Company for the purchase 
of one of the Port Orford Cedar State Parks, in Curry County, be 
applied to the purchase price of the tract. The matter was dis- 
cussed at considerable length during which the Commission indicated 
that the most serious objection to acquiring the tract is the dif- 
ficulty of getting to it over existing roads. Action on the 


place known as Kellogg. It appears that the area contains a fine 
spring and that it might be advisable to acquire tine area. The mat- 
ter was referred to the Parks Superintendent for further information 
in regard thereto. The tiiird tract consists of land bordering the 
Pacific Highway between Divide and Comstock, being approximately 13 
miles south of the Lane-Douglas County Line. There are two strips, 
one on each side of the highway. They are owned by the county which 
has a buyer for the same but the county court wishes to give the 
state first refusal. The Parks Superintendent recomended accept- 
ance of this gift, particularly in view of its possible benefit when 
the highway alignment is revised at this point. The Commission ap- 
proved the recommendation. 


Addition to Ecola State Park, Clatsop County:- The Parks Super- 
intendent reported receipt of two deeds from the federal government 
conveying unto the State of Oregon two tracts of land situate on 
Tillamook Head, overlooking the ocean. He advised that he has been 
endeavoring for some time to acquire these areas in order to round 
out the present park and has now succeeded, The Commission approved 
the acquisition of this property. 


Survey for proposed roadway at Golden and Silver Falls State 
Park, Coos County:- The Parks Superintendent advised that Coos Coun- 
ty Court contemplates the construction of a county road through this 
park for the benefit of logging operators and if the plans material- 
ize it will have a disastrous effect on the park proper. He gave 
as his belief that the purpose for which the county road is desired 
could be satisfied by the construction of a roadway around the park 
and accordingly requested authority for the Engineer to conduct a 
reconnaissance survey to ascertain whether or not such a road is 
feasible and approximately how much it will cost to build it. The 
Commission approved the request. 


Lease of grazing privileges in Humbug Mountain State Park, 
Curry County:- The Parks Superintendent reported the application of 
Mr. Ace Turner for a renewal of his sheep-grazing lease in Humbug 
Park during the coming year, it being an extension of the privilege 
that he has enjoyed in the past for which he has paid the sum of 50¢ 
per head, annually. We recommended approval of Mr. Turner's re- 
quest. The Commission approved the recommendation. 
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Fossil Park adjacent to the John Day Highway:- The Parks Super- 
intendent presented to the individual Commissioners a written report, 
with maps, concerning the establishment of a park in the fossil area 
of the John Day Valley, which has the approval of Mr. J. C. Merriam, 
former president of Carnegie Institute. The matter was discussed 
briefly but no definite action was taken thereon except that it was 
arranged for Commissioner Oliver to inspect the area in the near 
future in company with the Parks Superintendent. 


Purchase of Simpson property at Shore Acres, Coos County:- The 
Parks Superintendent rendered a status report on this acquisition, 
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WHEREAS, in connection with the further improvement of 
the highways hereinafter designated, it is and has been necessary 
to acquire property for right of way, quarry sites, gravel or other 
material sites, or sites for the storage of materials, as herein- 
after more definitely set forth, and 


WHEREAS, as a result of negotiations carried on with the 
owners of the property required, options have been obtained, which 
options have been considered by the Commission, outlining the bases 
of settlement which have been agreed upon, and 


WHEREAS, it is the judgment of the Commission that the 
said options should be approved and accepted, and/or the said re- 
ports be declared acceptable to the State Highway Commission as 
bases of settlement for the properties involved, and that the ac- 
quisition of the properties should he completed: 


NOW, THEREFORE, BE IT RESOLVED that the several offers, 
or bases of settlement hereinafter enumerated be, and the same here- 
by are, approved and accepted, and that the Attorney for the State 
Highway Commission be, and he hereby is instructed to complete the 
acquisition of the said properties and to take title thereto in the 
name of the State of Oregon. The said properties hereby ordered 
and authorized to be acquired are as follows: 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Port Orford Section,Oregon Coast Highwa 


10653-Gillings, Mabel, Stock Pile 30,000 sq.ft. $350 Lump Sum Witt 
Estate 
West Lake-Seaside Section, Oregon Coast Highwa 
9465- Adair, Grace Dawson & it 0.35 #200 per acre McChesney 
Kenneth F. S, Dawson 0.91 $50 per acre + $110 
1.26 (if trees destroyed or 


removed $100 additional 
to be paid grantors) 


Lamprey Creek Section, Oregon Coast Highwa 
4290- Morris, A. E. R/W 1.89 9300 Lump Sum for Parker 


land + 31200 
Chrome Mine-North Bank Road Section, Seven Devils Chrome Mine Access Road 
10524-First Natl. Bank of R/W 4.52 GRATIS Benson 
Portland 
Berger Ranch-Barnes Road Section, Wolf Creek Highw. 
10501-Croeni, Ben and Lily RW 0.02 a0 per a. + 320 Landon 
5210- Bauer, Richard and R/W 5.9 $225 per acre plus " 


Arthur Bauer $700.12 
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acquisition was deferred until the next meeting of the Commission, 
The Engineer was instructed in the meantime to investigate the road 
matter, 


The Attorney reported to the Commission that a claim had been filed 
against Guy K. Johnson by A. M. Esson, attorney for Burt F. Davis, and that 
the Commission was notified by Mr. Esson to withhold payment of money due Mr, 
Johnson for moving a house for the Commission, located on right of way in- 
volved in the construction of the North Portland Shipyard Access Road, until 
the Davis claim had been paid. The Commission's Attorney recommended that Mr. 
Johnson be paid, notwithstanding the claim of Mr. Davis, and the Commission 
approved the recommendation. 


Mr. W. H. Lynch, District Engineer, Public Roads Administration, 
was present and discussed with the Commission matters pertaining to the stor- 
age of road oils. He advised that under the most recent governmental orders 
he cannot approve the purchase of road oils for Storage purposes after Janu- 
ary 1, 1943. However, he is authorized to approve purchases to fill storage 
Sumps that the Commission now owns, and it is on that basis that it is neces- 
sary for him to deny the Commission's request for road oils that could not be 
stored until after the first of the year. He gave as his thought that the 
purpose of the government's order is primarily to halt the building of new 
Storage sumps, in an endeavor to conserve lumber for other defense uses. In 
the discussion, the Commission took the attitude that it is useless to make 
additional purchases of road oil unless it can obtain authority to construct 
the sumps in which to store it. The Engineer advised that the Commission 
last year had the use of storage facilities of the Shell Oil Company, Port- 
land; however, such facilities are no longer available, although he is trying 
hard to find comparable facilities to take the place of those of the Shell 
Company. No definite action was taken. 


Mr. Lynch also brought up for discussion the governmental order to 
withdraw priority ratings heretofore assigned to highway projects that are 
not considered especially essential in connection with the defense effort and 
for the prosecution of the war, He advised that there are a number of pro j- 
ects in Oregon that will be affected by this order, such as signing and sig- 
naling projects and perhaps some construction projects such as the one pro- 
posed between Marshfield and Coquille which has not as yet been started, and 
it may include some projects that are now under way, although Oregon will not 
be affected to a great extent, He advised that he is now preparing the list 
of the jobs that are to be deleted from the program and will send a copy of 
the same to the Commission as soon as it is ready. The Commission will then 
have thirty days within which to act. 


The Assistant Attorney requested authority to purchase certain par- 
cels of real property that are needed for various improvements throughout the 
state. He submitted a list of such properties together with offers that he 
recommended be made in connection with each. after careful consideration of 
each item the Commission approved the request and thereupon by unanimous vote 
adopted the following resolution in regard thereto: 


Section, Hwy., and Owner Purpose Acres Approximate Amounts 


Nye_Junction-Grant County Line Section, Pendleton-John Day Highway 
10609-ettie, Fayette Quarry & 48.0 approx. 20.83 per acre 


Stock Pile 1000 Lump Sum 


Fremont Junction-Warner Summit Section, Warner Secondary 
10526-Warner Mountains Gravel Pit 3.48 14.37 per acre 


Lumbe1’ Company 


John Day River-—Quinton Section, Columbia River Highwa 
10277-Deyo, Helen,et al. R/T 0,50 w20 per acre, plus 


(Correction) BY A 


Flagstaff Hill- iddle Bridge Section, Baker—Homestead Highwa 
8208-King, E. A., Estate Gravel Pit 617.70 jl per acre Landon 
“Jordan Valley-‘looker Creek Section, I.0.l/. Highwa 


10632-Malloy, Richard Gravel Pit 8 months! lease 950 Van Scoy 
10631-Jones, W. W. " " 7 months! lease »50 n of 


Trent-Salt Creek Falls Section, Willamette Highway 
10666-Penn Timber Company Gravel Pit 2.68 9250 Lump Sum Benson 


Klamath Falls Section, The Dalles-California Highway 
10680-Baker, James iM, Road Oil 0,18 ~1000 per acre Chandler 


Storage 


The Assistant Attorney also requested authority to institute condem- 
nation proceedings to acquire certain properties, He submitted a list of such 
properties, as follows, together with offers that he recommended be paid in 
condemnation: 


File No. Name Purpose Required Recommended Offer 


10665 Donald L. Brown Gravel Pit % 216.00 

10401 Dora A. Dawson Right of Wa: 250.00 

9717 John P, Headings on om 1000.00 

10692 W. P. and Minnie E, Kausen 150.00 or $200.00 
and Edith Hammond Williams Quarry Site 


After discussion the Commission approved the request and thereupon by unani- 
mous vote adopted the following resolutions in regard thereto: 


WHEREAS, the State Highway Commission is authorized to 
locate, relocate, construct, reconstruct, maintain, widen, straight- 
en, and otherwise improve state highways, both primary and secondary, 
and also access roads or other roads in which the Federal Govern- 
ment is interested, and said Commission is also authorized to 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


s Road-Multnomah County Line Section, Wolf Creek Highwa 
orcas Wn. F. R/W 0.11 $500 per a. + $20 Collins 
n 


3289-A-Peterkort, Jos. R/W 1.19 $1000 per acre 


North Portland Shi Access Road Section, Oregon Shipbuilders Corp. Highwa 
10387-Sonneville Power Admin. 0.1 000 per acre McCallister 
(Correction) 


Front Street Project, City of Portland, Pacific Highway East 

10662-Hrestu, Louis and R/W 10,000 sq.ft. ARE McCallister 
John B. Payton 

10663-Hrestu, Jennie and 
Andrew 

10661-R.- D. Co. 

10660-Faturos, James 


Butteville Road-Hubbard Section, West Portland-Hubbard Highw. 
10620-Stratford, Donald R/W for 2.70 9125 per acre 
flight strip 
3213-A-Ehlen, Aurora R/W for 3.22 $62.50 per acre 
flight strip 

3219-A-Keil, David A. R/V for 1.93) $125 per acre 
flight strip 7.73) gi00. (" " 
9.66) 
3220-A-Keil, H. J. R/W and 9.98 $100 per acre 
flight strip 
3218-A-Keil, Wn. F. R/W and 10.30 $100 per acre 
flight strip 


Crabtree Creek-Jordan Section, Al -Lyons Secon Hi 
10652-Neal, S. P. Lease 0.9 $10 per year for MeChesr-y 
Stock Pile 5-year lease, plus 
fencing 


Trent-Salt Creek Falls Section, Willamette Highway 
10664-Smith, Glen D. & Haul Road 0.30 $25 Lump Sum plus Benson 


W.W.V.S.A.C. fencing 


Wright Ranch-Fate Grade Section, Tiller-Trail Highw 
Soe Acari cht, J. D. RW Area to cover new transmission Witt 


pole - GRATIS 


Grants Pass Section, Redwood Highw 
9658- Parkhurst, Wilhelmina Ty 1,776 sq. ft. 5f sq. ft. + moving Witt 


M. and E, E. Smith & building (Estd.¥750) 
E. M. Stanton 


Medford Section, Pacific Highway 
10493-Mann, E. H. Sidewalk Easmt. 530 sq.ft. GRATIS 
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southeast quarter (SE2) of Section 25, Township 14 South, 
Range 4 West, W. u., Linn County, Oregon, and is more par- 
ticularly described on the attached sheets and designated 
as Parcel No. 5 and is further identified in the records 
of the Highway Commission as file R 9717, and which prop- 
erty is being acquired for right of way purposes in connec- 
tion with the Pacific Highway East 


2. That the Commission does hereby find and declare that 
each of the said described parcels of real property is necessary 
and acquisition of the same by the State is required for the specif- 
ic purposes hereinabove set forth, and the said properties are being 
acquired for the express and specific purposes in this resolution 
set forth, 


3. That the State Highway Engineer be and he hereby is 
instructed and directed to make or cause to be made all surveys 
necessary in connection with the determination, description, and 
acquisition of said real properties, and said Engineer is further 
instructed to prepare and submit to the Legal Department necessary 
and adequate descriptions of the said real properties, which said 
descriptions shall be available for the preparation of any deed or 
deeds or other instrument or instruments necessary to complete the 
acquisition of said property or properties, whether said properties 
be acquired by purchase, donation, agreement, or by the exercise of 
the power of eminent domain. 


4 That J. M. Devers, Attorney for the State Highway Com- 
mission, be and he is hereby requested, authorized, and directed to 
attempt to agree with the ower or omers and/or with the tenants 
or persons in possession, if there be any, of said parcel or parcels 
of land with respect to the compensation to be paid for the taking 
of the same and the damage, if there be any, and in the event that 
no satisfactory agreement or agreements can be reached, then it is 
hereby further resolved that J. M. Devers, Attorney for the State 
Highway Commission, be and he hereby is requested to commence and 
prosecute to a final determination such suit or action, or suits or 
actions, as may be necessary and appropriate to acquire title to 
the said premises and all rights therein for the purteses herein 
stated. 


5. That this resolution be entered in full in the minutes 
and records of this Commission. 


«(The detailed descriptions of the respective parcels of real proper- 
ty mentioned in this resolution are attached to the original resolu- 
tion on file in the office of the State Highway Commission, Salem, be- 
ing Resolution No, 30, under the heading "Real Property Condemnation 
Resolutions" and said descriptions by this reference are made a part 
of this minute entry to the same extent as if copied in full herein.) 
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construct shops, equipment sheds, office buildings, maintenance 
sites, patrolmen accommodations, and snow fences, and is author- 
ized to acquire quarry sites, gravel pits, storage sites, stockpile 
sites, weighing stations, and broadcasting stations, and is further 
authorized to develop, construct, improve, operate, and maintain 
parks, parking places, auto camps, camp sites, roadside development, 
recreational grounds or resorts. and other places of attraction and 
scenic value; and 


WHEREAS, said Highway Commission is authorized to acquire 
by purchase, agreement, donation, or by the exercise of the power of 
eminent domain real property, or any interest therein, necessary or 
deened by the Highway Commission necessary for the accomplishment of 
any and all of the foregoing things; and 


WHEREAS, in the judgment of the Highway Commission the sev- 
eral tracts or parcels of land hereinafter described are each and all 
necessary for the specific and particular purposes hereinafter ex- 
pressly set forth; 


NOW, THEREFORE, GE IT AND IT YEREBY IS RESOLVED by the 
State Highway Commission as follows: 


1. That the Commission does hereby find and declare that 
the several parcels of real property hereinafter described are each 
and all necessary for the accomplishment of the purposes hereinafter 


expressly and specifically set forth, which said real properties and 
the specific purposes for which the same are being acquired are de- 
scribed as follows, to wits 


Real property owned by Donald L. Brown, which property 
is located in Government Lot 4 (NW of the SW4) of Section 
17, Township 21 South, Range 3 East, W. M., Lane County, 
Oregon, and is more particularly described on the attached 
sheets and designated as Parcel No. 1 and is further identi- 
fied in the records of the Highway Commission as file R 10665, 
and which property is being acquired for the purpose of se- 
curing roadbuilding materials therefrom for use in connec- 
tion with the Willamette Highway;* 


Real property owned by Dora A. Dawson, which property 
is located in Lots 11, 12, and 13, Block 4, of East St. 
Johns Addition to Portland, Multnomah County, Oregon, and 
is more particularly described on the attached sheets and 
designated as Parcels Nos. 2, 3, and 4 and is further iden- 
tified in the records of the Highway Commission as file 
R 10401, and which property is being acquired for right of 
way purposes in connection with the North Portland Shipyard 
Access Road;* 


Real property owned by John P, Headings, et ux., which 
property is located in the east half (E+) of the northeast 
quarter (NE+) and in the northeast quarter (NE+) of the 
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3. That the State Highway Engineer be and he hereby is 
instructed and directed to make or cause to be made all surveys 
necessary in connection with the determination, description, and 
acquisition of said real property, and said Engineer is further in- 
structed to prepare and submit to the Legal Department necessary 
and adequate description of the said real property, which said de- 
scription shall be available for the preparation of any deed or 
deeds or other instrument or instruments necessary to complete the 
acquisition of said property, whether said property be acquired by 
purchase, donation, agreement, or by the exercise of the power of 
eminent domain. 


4 That J. if. Devers, Attorney for the State Highway 
Commission, be and he is hereby requested, authorized, and directed 
to attempt to agree with the owner or owners and/or with the ten- 
ants or persons in possession, if there be any, of said parcel of 
land with respect to the compensation to be paid for the taking of 
the same and the damage, if there be any, and in the event that no 
satisfactory agreement or agreements can be reached, then it is 
hereby further resolved that J. M. Devers, Attorney for the State 
Highway Commission, be and he hereby is requested to commence and z 
prosecute to a final determination such suit or action as may be 
necessary and appropriate to acquire title to the said premises and 
all rights therein for the purposes herein stated. 


5. That the omers of the property herein deseribed are 
W. P. Kausen and ifinnie E, Kausen, husband and wife, and Edith 
Hammond Williams, a widow, and that certain interests in said prop- 
erty appear to be claimed by the following named persons: W. E. 
Marrion and Rose larrion, husband and wife, and Marrion Rock Com- 
pany. 
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6. That this resolution be entered in full in the min- 
utes and records of this Commission. 
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Chairman Cabell reported a recent conference with a group represent- i 
ing the Portland Chamber of Commerce who appeared to be in favor of the state ee 
acquiring additional roadside strips. He gave as his thought that the idea ; 
is all right but now is not the time to start in on an extensive program of 
this kind, Commissioners Clough and Oliver concurred, 


The Assistant Attorney brought up for discussion the matter of es- 
tablishing a headquarters for right-of-way agents who have been assigned to 
negotiate for right of way for the revised location of the Oregon-Washington 
Highway between Milton and the Washington state line. He advised that the 
distance from Pendleton to the south end of the project is about 30 miles and 
that the distance from Walla Walla, Washington, to the north end of the proj- 
ect, is about six miles; further, that there are no satisfactory living accom- 
modations in either lfilton or Freewater so the project will have to be worked 
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WHEREAS, the State Highway Commission is authorized to 
locate, relocate, construct, reconstruct, maintain, widen, straight- 
en, and otherwise improve state highways, both primary and secondary, 
and said Commission is also authorized to construct shops, equipment 
sheds, office buildings, maintenance sites, patrdlman accomaodations, 
and snow fences, and is authorized to acquire quarry sites, gravel 
pits, storage sites, stockpile sites, weighing stations, and broad- 
casting stations, and is further authorized to develop, construct, 
improve, operate, am maintain parks, parking places, auto camps, 
camp sites, roadside development, recreational grounds or resorts, 
and other places of attraction and scenic value; and 


WHEREAS, said Highway Commission is authorized to acquire 
by purchase, agreement, donation, or by the exercise of the power of 
eminent domain real property, or any interest therein, necessary or 
deemed by the Highway Commission necessary for the accomplishment of 
any and all of the foregoing things; and 


WHEREAS, in the judgment of the Highway Commission the 
tract or parcel of land hereinafter described is necessary for the 
specific and particular purpose hereinafter specifically set forth; 


NOW, THEREFORE, BE IT AID IT HEREBY IS RESOLVED by the 
State Highway Commission as follows: 


1. That the Commission does hereby find and declare that 
the parcel of real property hereinafter described is necessary for 
the purpose of securing roadbuilding materials therefrom for use in 
conne>tion with the Seven Devils Chrome Mine Access Road, which said 
real property is described as follows, to wit: 


A parcel of land lying in the northeast quarter (NE*) 
of the northwest quarter (NW4) of Section 30, Township 28 
South, Range 12 West, W. M., Coos County, Oregon; the said 
parcel being described as follows: 


Beginning at a point which is the intersection of the 
easterly right of way line of the Coos Bay-Roseburg Highway 
and the south line of the northeast quarter (NE}) of the 
northwest quarter (NW:) of said Section 30; thence east 
along said south line a distance of 250 feet; thence north 
a distance of 225 feet; thence west a distance of 275 feet, 
more or less, to the said easterly right of way line of 
said highway; thence southerly along said easterly highway 
right of way line a distance of 226 feet, more or less, to 
the point of beginning; containing 1.36 acres, more or less. 


2. That the Commission does hereby find and declare that 
the said described parcel of real property is necessary and acquisi- 
tion of the same by the State is required for the specific purpose 
hereinabove set forth, and the said property is being acquired for 
the express and specific purpose in this resolution set forth. 
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judgment with respect to such item provided the state will relieve him from 
payment of any expense in connection therewith, including his attorney's fees. 
After discussion the Commission approved the securing of the declaratory 
judgment but refused to assume any of the expense that ifr. Stafford incurs 

in securing the same. 


The Assistant Attorney brought up for discussion the transaction 
pending between the Highway Commission and Robert P. Brown, involving the 
purchase of some right of way on the Goshen Section of the Willamette Highway. 
It appears that in the option price there was included the cost of moving the 
residence; however, according to present plans, the residence wiil not be 
moved at this time. The property owner, ifr. Brown, is willing to incorporate 
in the deed a condition which will protect the state so that, in the event at 
some subsequent time the state should need additional land, it will not have 
to pay the second time for the moving of the residence. The Commission ap- 
proved such disposition of the matter. 


The Commission discussed and approved a stipulation prepared by the 
Attorney with respect to the acquisition of land that is needed for a revision 
of the Pacific Highway West across oroperty owned by Mr. A. F. Elkins south of 
Monmouth. (See copy of stipulation in general files for details.) In this 
connection the Attorney recalled that the Commission, at its meeting on Octo- 
ber 1, 1942, authorized the payment of $12,500 to Mr. Elkins for this property 
provided settlement could not be reached for a lesser amount and that the rec- 
ords will show such amount unless the Commission authorizes the changing of 
the figure. He recommended that the records of such meeting show that the 
Commission authorized payment of $12,000 rather than $12,500, inasmuch as he 
effected settlement for such amount. The Commission approved the change and 
instructed the Secretary accordingly. 


Reconsideration was given by the Commission to its settlement with 
Edward F. Judkins for right of way that is needed for a revision of the Pa- 
cific Highway across Mr. Judkins' land south of Eugene. The Attorney recalled 
that at the previous meeting the Commission instructed him to endeavor to 
secure a partial settlement for this property in view of the fact that it 
will not be possible to construct the project until the war is over, which 
would give Mr. Judkins full use of the property in the meantime. iir. Judkins, 
he said, refuses to deal on such basis and wants tlie return of his option un- 
less the Commission will settle in full as provided therein. He further ad- 
vised that a portion of Mr. Judkins' property is now being used by the state 
in connection with the performance of the contract on the adjoining section, 
right of entry having been granted by Mr. Judkins to allow the contractor to 
deposit excavation materials from a fill, but other than for this purpose Mr. 
Judkins' property will not be used until the war is over and a new contract 
awarded, The Commission decided in view of the circumstances that it would 
be inadvisable and unwise to purchase more of Mr. Judkins' property than is 
actually needed in connection with the present contract, inasmuch as it would 
tie up several thousand dollars of state funds that could be used to good ad- 
vantage in other ways and in addition thereto Mr. Judkins would still have 
the use of his entire acreage. Accordingly, the Attorney was instructed to 
again contact Mr. Judkins and endeavor to secure his approval of a partial 
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either from Walla Walla or Pendleton, He recomended in view of the circun- 
stances and in order to conserve transportation expense that these agents be 
authorized to maintain their headquarters in Walla Walla. After discussion 
the Commission approved the recommendation subject to confirmation by Governor 
Sprague. The Engineer was instructed to discuss the matter with the Governor 
and to arrange for blanket out-of-state authorizatic: during the time that the 
right-of-way agents are engaged on this project. 


The Engineer reported on the request of Mr. Wm. H. Hotchkiss, stock- 
man, Lakeview, for permission to construct a stock fence along the right-of-way 
line of the Fremont Highway between Lakeview and Valley Falls, where the state 
owns an adjoining 40-acre quarry site, so as to avoid the expense of building 
the fence around the quarry. The Engineer advised that there are no objections 
from the engineering standpoint, inasmuch as the fence would not interfere 
with the state's use of the quarry. In view thereof the Commission approved 
the request by unanimous vote, subject to the condition that Mr, Hotchkiss 
will nay for the grazing privileges at the same rate that is charged by the 
State Land Board for such privileges, and provided that Mr, Hotchkiss will 
vacate the premises when the land is needed by the state for highway purposes, 

Engineer was instructed to convey such information to Mr. Hotchkiss. The 
2 covered by a revocable permit between the parties concerned, 


The Commission discussed a request from Mir. Wm. M. Smith, Oregon 
City, to moor his houseboat to the public dock located in the Willamette River 
at the foot of Eighth Street, Oregon City. The request was denied as a matter 
of policy. 


Reconsideration was given by tie Commission to the matter of rental 
to the Union County Rod and Gun Club of a portion of the land that the Commis- 
sion recently acquired from the State Game Commission in the town of Union. 
It was recalled that the Commission previously authorized the lease of this 
property to the club for a period of five years at the rate of $1.00 per year 
but now it appears that a five-year lease is not satisfactory to the club 
which, however, would be satisfied with a fifteen year lease, particularly, 
in view of the fact that the club has had the use of the property for a num- 
ber of years under agreement with the State Game Commission and is maintain- 
ing on the property a clubhouse and other facilities. After discussion, and 
in view of the circumstances, the Commission decided to grant the lease on a 
fifteen year basis. 


The Attorney brought up for reconsideration the right-of-way contro- 
versy with Mr. Lloyd E. Stafford, from whom the Commission is acquiring right 
of way near Goshen, Lane County. He recalled that the original settlement 
with Mr. Stafford provided for the state to move Mr. Stafford's barn and a 
certain sum of money was set aside for such purpose. However, the barn burned 
before moving operations were commenced, notwithstanding which Mr. Stafford 
demands payment of the moving costs which the Commission previously denied. 
The Attorney advised that lir. Stafford now wants the state to pay him for all 
of the items involved in the transaction except the amount agreed upon for 
the moving of the barn and to let the courts decide whether or not he is en- 
titled to that item; further, that he is willing to accept a declaratory 


Sold to U. S. Army 


Sno-Go Rotary Snow plow truck unit, used, State of Oregon No. 27-735, 
Mfg. by Klauer Mfg. Co., 1927 Model, Serial No. RU-6, complete with 

Climax 165 H.P. engine (1939 Model), #5562 mounted on special Klauer 
4-wheel drive truck.....cccccsevcececess Sale Price....... eee $5,000 


Snow-Go Rotary Snow Plow truck unit, used, State of Oregon No. 28-735. 
Mfg. by Klauer Mfg. Co., 1928 Model, Serial No. 38, complete with 

165 H.P. Climax engine (1939 Model #15011), mounted on special Klauer 
4-wheel drive truck.....ccssccescvescseeSAl@ PIACE.. cece cece $5,000 


The Commission, by unanimous vote, approved the sale as reported. 


The Commission discussed and approved an increase in salary of 
925 per month for the Commission's Secretary, same to become effective on 
November 1, 1942. 


The Engineer presented a list of surveys that he has ordered 
since the last meeting of the Commission and asked the Commission to con- 
firm them and the amounts allocated for each. After due consideration the 
Commission authorized and instructed the Engineer to make such location sur- 
veys on various sections of the highways of this state, which said sections 
of highways, together with their identifying survey numbers and the amounts 
authorized and allocated for such survey expenditures, are as follows: 


Type of Prefix 


Survey No. County Section and Highway Authorization 

Plans 26-1462 Multnomeh Union Avenue-Denver Avenue 2nd - ¥1,000 
Intersection, Pacific Highways Total to date 
East and West $2,500 

Quarry 5-1428 Columbia Various Sections, Various lst - 9 300 
Highways 

Quarry 29-1439 Tillamook Various Sections, Various lst - 3 300 
Highways 


Plans 215-1442 Jackson Kirkland Access Road Section, lst -  § 900 
Jackson County Road 


Reconn, 28-1413 Sherman Madras-Columbia River Section, 4th - 3 750 


The Dalles-California and Total to date 
Sherman Highways 96,250 
RW 4-1457 Clatsop Quartz Creek-Tillamook County 2nd- $1,450 
Line Section, Wolf Creek High- Total to date 
way 94,275 
(Continued on next page) 
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payment and to proceed with condemnation of the entire acreage in the event 
that Mr. Judkins still refuses to deal on such basis. 


The Attorney reported that a question has arisen whether or not the 
state is liable for the payment of 1942-43 taxes levied upon property acquired 
by the Commission prior to July 1, 1942. It appears that in one instance cer- 
tain real property in Washington County was conveyed to the state through the 
Highway Cormission by warranty deed dated March 14, 1941, which deed was rec- 
orded on March 26, 1941, and that the state paid the taxes levied upon the as- 
sessment of March 1, 1941, but now has received from the tax collector a tax 
statement for the fiscal year 1942-43 based upon the assessment as of January 1, 
1942. It was the Attorney's contention that the state is not liable for the 
1942-43 tax and requested authority from the Commission to ask the Attorney 
General for an opinion with respect thereto in view of the fact that the same 
question will arise in connection with other purchases which will probably in- 
volve considerable expenditure. The Commission approved the request and or- 
dered that the letter go to the Attorney General over the signature of the 
Secretary. 


The Engineer reported the results of an investigation of certain 
state-owned property sn the north side of the Wolf Creek Highway at the Vadis 
Road intersection in Washington County, which property a Mr. W. C. Baugh seeks 
to acquire to.fill out his holdings. He advised that the Highway Department has 
constructed two powder houses on tnis property and that it is planned also to 
use the property as a site for stockpiling surfacing materials for use in con- 
nection with the construction of the highway. He recommended in view of the cir- 
cumstances that the property be not sold until the construction of the highway 
is comoleted. The Commission approved the recommendation and so ordered. 


The Assistant Attorney reported results of further negotiations with 
Mr. H. A. Hein, Scappoose, for the disposal of Mr. Hein's claim for damages 
arising out of the state's use of a rock quarry situate adjacent to his prop- 
erty at Scappoose. He advised that Mr. Hein refuses to dispose of this matter 
on any basis that has been suggested by the Commission's agents unless a cash 
payment of $250 is included in the settlement. It was his thought that Mr, 
Hein's demands are unreasonable and suggested that all negotiations be discon- 
tinued and that the matter be allowed te rest until Mr. Hein again brings it 
up. The Commission approved the recommendation, The Assistant Attorney was 
instructed to write Mr. Hein summarizing the state's offer in detail and to 
send a carbon copy of such letter to Governor Sprague. 


The Assistant Attorney presented an offer from a ir. Henry G. Peck 
to pay the sum of $20 for some old buildings situate adjacent to the Boardman- 
Stanfield Highway on property that was acquired from the Westland Irrigation 
District in connection with a right-of-way settlement. He recommended accept- 
ance of this offer because the buildings are absolutely of no value to the 
state and the attractiveness of the highway would be greatly improved if they 
were removed. The Commission approved the recommendation. 


The Engineer reported the sale of the following equipment to the 
United States War Department, in conformity with authority granted him by the 
Commission at the meeting held on October 1, 1942: 


in finishing this job within the specified time was due to inability 
to secure repair parts for the crushing plant and to the necessity 
of furnishing rock for airport construction at North Bend, It was 
his thought that the cause of the overrun of time is sufficient 
justification for the extension of the time limit, as requested, 
without penalty and he so recommended. The Commission approved the 
recommendation, 


MeNutt Brothers, contract No. 2564, for grading, surfacing and 
construction of bituminous macadam on the Wells-Granger Section of 
the Independence-Granger County Road, in Benton County, requested 
an extension of time, from June 15 to September 20, 1942, within 
which to complete this job. They attributed their failure to com- 
plete the project within the specified time limit to adverse weather 
conditions and extra work orders. The Engineer advised that the 
reasons given by the contractor for failure to complete the job 
within the specified time limit are correct. He recommended in 
view of the circumstances that the extension of time requested be 
granted without penalty. The Commission approved the recommenda- 
tion. 


The Engineer reported that contracts Nos. 2453, 2548, 2551, and 
2564, for construction of state highway projects, have been completed ac- 
cording to the terms of the contracts or modifications thereof, and that 
said jobs are now ready for acceptance. The following resolution accept- 
ing the above projects was offered and was adopted by the unanimous vote 
of the Commission: 


WHEREAS, the Engineer has reported that the following 
State Highway Commission contracts for the construction of state 
highway projects have been completed according to the terms and 
provisions of the contracts and said jobs are now ready for ac- 
ceptance: 


Contract No, 2453, with J. F. Johnston, for recon- 
struction of the timber approaches and timber deck to 
the steel span over the Yamhill River at Dayton, on the 
Three Mile Lane Secondary Highway, in Yamhill County. 
Completed September 16, 1942. 


Contract No. 2548, with Coos Bay Dredging Company, 
Inc., for surfacing and oiling on the Grants Creek-Powers 
Section of the Powers Secondary Highway, in Coos County. 
Completed September 22, 1942. 


Contract No. 2551, with ©. J. Eldon, for furnishing 
12,400 cubic yards of crushed materials in stock piles on 
the Polallie Creek-Hood River Section of the Mt. Hood 
Highway, in Hood River County. Completed August 12, 
1942. 
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list of surveys for authorization (cont.): 


Type of Prefix 
Survey No. County ___— Section and Highway Authorization 


Reconr.. 127-1422 Polk Dallas-Yings Valley and Kings lst - $2,500 
Valley-Suver Sections, Dallas- 
Kings Valley & Kings Valley 
Secondary Highways 


26-1463 Multnomah Denver Avenue Underpasses Sec- 1st - $1,500 
tion, Pacific Highway West 


The Commission had under discussion the following requests for exten- 
sions of vime within which to complete highway construction projects: 


J. F, Johnston, contract No. 2453, for construction of approaches 
to the bridge over the Yamhill River on the Three Mile Lane Secondary 
Highway, at Dayton, in Yamhill County, requested an additional exten- 
sion of time, from December 31, 1941, to September 16, 1942, within 
which to complete this job. He alleged that his failure to complete 
the project within the previously extended time limit was due to bad 
weather conditions which would not permit painting of the structure, 
and orders from the Engineer to postpone such work until suitable 
weather obtained. The Engineer advised that the reasons given by the 
contractor for failure to complete the project within the specified 
time limit are correct; that due to shortage of lumber it was not 
possible to complete the timber work until January 10, 1942, when 
weather conditions were not favorable for painting work. He recom- 
mended in view of the circumstances that the extension of time re- 
quested be granted without penalty. The Commission approved the 
recommei:dation. 


F. R. Yewett, contract No. 2522, for surfacing and oiling the 
Condon-Morrow County Line Section of the Wasco-Heppner Secondary 
Highway, in Gilliam County, requested an extension of time, from 
July 15 to September 10, 1942, within which to complete this job. 
He attributed his failure to complete the project within the speci- 
fied time limit to unsuitable weather conditions, to defense con- 
tracts which he had under way at the same time, and to difficulties 
in securing competent labor. The Engineer advised that the reasons 
given by the contractor for overrun of the time limit are correct. 
He recommended that the extension of time requested be granted with- 
out penalty. The Commission approved the recommendation. 
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Coos Bay Dredging Company, contract No. 2548, for surfacing and 
oiling the Grants Greek-Powers Section of the Powers Secondary High- 
way, in Coos County, requested an extension of time, from July 31 to 
September 22, 1942, within which to complete this job. It gave no 
reasons for failure to complete the project within the specified 
time limit. The Engineer advised that the delay of the contractor 
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There being no further business to come before the Commission at 
this time the meeting was adjourned at 6:15 p. nm. 


State Highway Engineer Chairman 
' BY ea My 2 | C Z Z C 
Secretary— " Commissioner A 


Commissioner 


Portland, Oregon, December 17, 1942 


The State Highway Commission met in regular session at 8:00 p. m. 
in room 515 (Imperial Room), Imperial Hotel. Present were: 


Henry F. Cabell, Chairman 

Hvron W. Clough, Commissioner 

Herman Oliver, Comaissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. B, Glaisyer, Secretary 


The Commission by unanimous vote approved the minutes of the meet- 
ings held on August 14, August 27, and September 30 and October i, 1942. 


The Secretary presented communications from numerous organizations 
situate along U. S. Highway No. 20 throughout the west and middle west in 
which the Highway Commission was urged to extend this highway westerly from 
its present terminus at Albany, Oregon, to the Pacific Ocean at Newport, Ore- 
gon, so as to provide a continuous U, S. numbered route across the continent, 
from the Atlantic Ocean to the Pacific Ocean. The matter was discussed at 
some length during which the Commission indicated that it is mildly in favor 
of such designation but not to the extent that it will take the initiative in 
securing its approval by the Committee of the American Association of State 
Highway Officials, which has been designated to pass om such matters. How~ 
ever, it was decided to discuss the matter with the American Association of 
State Highway Officials' Committee at its next meeting and it was understood 
that the Highway Commission would not oppose the designation. 


The Engineer brought up-for discussion the question of financing a 
proposed traffic interchange project at the intersection of Denver and Union 
Avenues, Portland, which he estimated would cost approximately $350,000, He 
recommended payment by the state of 25 per cent of the cost of construction 
and right of way, the balance to be paid with federal access road moneys, 
which, he said, the federal government will probably authorize. In view of 
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Contract No. 2564, with McNutt Sros., for grading, 
surfacing and bituminous macadam on the Wells-Granger 
Section of the Independence-Granger County Road, in Ben- 
ton County. Completed September 19, 1942. 


THOREFORE, BE IT RESOLVED that the work covered by said 
state highway contracts for the construction of said highway proj- 
ects be declared completed according to the terms of the respective 
contracts, and said jobs are hereby accepted and final payment in 
connection with each is hereby authorized. 


} The Commission considered and signed agreements, et cetera, as fol- 
lows: 


Amended agreement with Coos County relative to the repair of 
bridges on the Seven Devils Chrome Mine Access Road. 


Agreement with Union County whereby Union County agrees to 
furnish 5,500 cu. yds. of crushed rock for state highway mainten- 
ance. 


Agreement with the Southern Pacific Company covering grant of 
easement to the state for the overhead crossing at Judkins Point, 
south of Eugene, in Lane County. 


"Consent to Vacate" Plat of Haydenton on the westerly side of 
the Pacific Highway, between Oregon Slough and the Columbia River. 


Permit authorizing the Federal Public Housing Authority to 
construct an underpass beneath Denver Avenue, Portland. 


Easement granting to the United States of America, Federal 
Public Housing Authority, permission to construct a sewer pipe, 
water main and power line across the Pacific Highway between Port- 
land and Milwaukie. 


Lease agreement with Maud Moon for a maintenance headquarters 
in North Portland. 


Bargain and sale deed conveying unto Samuel W. Baker 2.06 
acres of land adjacent to the Wolf Creek Highway, in Washington 
County. Right of way file No. 5218. 


The Commission set Monday, December 21, 1942, as the date for its 
next regular meeting for the receiving of bids and instructed the Secretary 
to make the usual arrangements to hold the meeting in the auditorium of the 
Public Service Building, Portland. (This meeting later advanced to Friday, 
December 18.) 
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The question of providing storage space for asphalt and road oil 
was brought up for discussion by the Engineer. The Engineer advised that the 
oiling program could be greatly expedited and the cost of oiling construction 
work could be reduced considerably if the Highway Department possessed facil- 
ities for the storing of about one million gallons of oil at strategic points. 
In fact, advance storage of oil at strategic points would make it possible to 
do certain oiling work during the summer construction season which could not 
be done if it were necessary to depend on tank-car delivery to the various 
jobs when the oil is needed, He requested authority from the Commission to 
contact the various oil companies with respect to the leasing, for the dura- 
tion, of idle facilities which they own; and suggested the construction of at 
least four oil sumps at critical places in addition thereto, He estimated 
the cost of constructing the sumps at $5,000 each and advised that in his 
estimation they would fully pay for themselves, basing his statement on ex- 
perience gained during the past working season. The Commission authorized 
the Engineer to contact the oil companies, as requested; however, deferred its 
decision with respect to the construction of the additional sumps, pending 
a report from the Engineer as to his success in leasing oil storage facilities 
from the oil companies. 


The Commission discussed the Order of the Commissioney of Internal 
Revenue, Washington, D. C., with respect to withholding from employees the 
5 per cent Victory Tax levied under Public Law 753, Seventy-seventh Congress, 
approved on October 21, 1942, The Engineer pointed out that, according to 
this Order, the tax must be withheld from all employees' checks that are is- 
sued on January 1, 1943, which means that the tax must be withheld from the 
December payrolls; however, according to the opinion of the Commission's Attor- 
ney, if the salary and wage checks for December are paid on December 31, 1942, 
no withholding of the tax is required, which is born out by subsequent infor- 
mation received from the Portland office of the Department of Internal Revenue. 
He suggested, in order to avoid the withholding of the Victory Tax from Decem- 
ber salaries and wages, that the payroll checks be delivered to all highway 
department employees on December 31, 1942, To effect such an arrangement, he 
said, would necessitate the circularizing of all department heads and those 
in charge of the preparation of the pay rolls requesting that pay rolls be 
submitted several days before the end of December, corrections as may be neces- 
sary to be made by telephone early enough on December 31, 1942, so that the 
checks can be revised accordingly. This would make it possible, he added, to 
date all checks December 31, 1942, and place them in the mail for delivery to 
the respective employees before January 1, 1943. The Commission approved the 
arrangement as outlined by the Engineer, 


The Assistant Attorney requested autiority to acquire certain par- 
cels of real property that are needed for various highway improvements through- 
out the state. He submitted a list of such properties together with offers 
that he recommended be made in connection with each. After careful considera- 
tion of each item, the Commission approved the recommended offers subject to 
confirmation by the Public Roads Administration with respect to properties 
needed for projects to be financed with federal moneys, and by unanimous vote 
adopted the following resolution with regard thereto: 
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the fact that the project will have to be constructed some time in the not 
distant future, it was his thought that the project should go forward now 
while the federal moneys are available, particularly because there is serious 
traffic congestion at this point due to activities in the nearby shipyards. 
After considerable discussion the Commission approved an expenditure of state 
funds up to 25 per cent of the cost of construction and right of way. 


W. H. Lynch, District Engineer, Public Roads Administration, who was 
present on the following day, confirmed the Engineer's statement that federal 
funds would be available to finance a portion of the cost. He pointed out, 
however, that the only federal funds that could be used are those that have 
been appropriated for access road projects. 


The Engineer brought up for discussion matters pertaining to the 
handling of traffic at the Federal Housing Project known as Vanport, between 
Portland and the Interstate Bridge. He advised that in order to handle the 
traffic properly it is going to be necessary to construct an underpass under 
two railroad tracks, and a connection with Swift Boulevard. The underpass, 
he said, is estimated to cost about $200,000 which will be paid for by the 
federal government. It was his thought that the state should have something 
to say about the design of the structure because of its proximity to the state 
highway, and requested authority from the Commission to spend state highway 
funds in the preparation of the design so as to make certain that the struc- 
ture and the approach to the highway will properly care for the traffic from 
the state's standpoint. The Commission approved the request. 


The Engineer reported briefly on the proposal of the United States 
Naval authorities to lengthen the runway of the airport which is located near 
the Lewis and Clark Bridge, Astoria. He advised that, if the runway is con- 
structed in accordance with present plans, it would mean the rebuilding of a 
section of the highway and the introduction of very undesirable curvature, 
whereas, in his estimation, a runway of the length desired could be obtained 
if the extension were made from the other end of the existing runway, provided 
arrangements were made for the realigning of the railroad. The Commission 
went on record as being opposed to the present plan which involves revising 
the highway alignment and thereupon authorized and instructed the Engineer to 
discuss the matter with the naval authorities. 


A brief report was made by the Engineer on the proposed plan to pro- 
vide access to the Umatilla Ordnance Depot. He said that, according to infor- 
mation at hand, the gate on the east side of the depot is to remain closed; 
also, that it is planned to build up a town on the south side of the railroad 
opposite the south gate, in connection with which there is to be constructed 
what is known as a service street, adjacent to and paralleling the railroad, 
with connections to the depot at two points, involving passageways under the 
railroad for pedestrian use. The Commission took no action on the matter. 


A brief report was made by the Engineer on the matter of providing 
road facilities for farmers residing in the Pedee District, Polk County, to re- 
place certain roads that lie within the borders of Camp Adair Cantonment and 
which are to be closed by the Army authorities. The Commission took no action. 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts 


Butteville Road-Hubbard Section, West Portland—Hybbard Hi cont. 

10735-Keil, Walter E. C. Easement 10.5 Damage to property - 
Flight Strip $65.60 

10734-Keil, Robert H. Easement 10.5 Damage to property - 
Flight Strip $65.60 

3213B-Ehlen, Aurora Easement Damage to property - 
Flight Strip $200 

10644-Fry, Elmer H. et al. Easement Damage to property, $50 
Flight Strip plus $222.50 

3221B-Keil, Lewis F. Easement Damage to property, $30 
Flight Strip 

3217B-Knorr, Otto Easement Damage to property, $455 
Flight Strip 

10619A-Brown, Kenneth J. Easement Damage to property, $100 
Flight Strip 

3218B- Keil, William F. Easement Damage to property, $30 
Flight Strip 

3219B- Keil, David A. Easement Damage to property, $30 
Flight Strip 

3220B- Keil, Henry J. Easement Damage to property, $30 
Flight Strip 

3216B- Steinhoff, Mildred Easement Damage to property, - 
Flight S+rip $225 


3221A- Keil, Lewis P. R/T $125 per acre 
) 100 per acre 


10619- Brown, Kenneth J. R/W $400 Lump Sum 
3217A- Knorr, Otto R/W $125 per acre 
$100 per acre, plus 
$1608.25 
3212A- Kraus, Wn. Easement Damage to property, - 
Flight Strip $200 


Judkins Point Section, Pacific Highw 
10656-Schiska, Grace af 0.52 $871.20 per acre Parker 


Stearns, et al. 


Pacific Highway Cantonment Section, Tolo Access Road 
10674-Owens, Deane R/W 0.68 $10 per acre plus Collins 
$57.75 fencing allow- 
ance 
10672-Hamstreet, Valaria I. ; 350 per acre, plus 
and Oliver Martin 994.50 
10671-Gebhard, H. L. and #100 per acre, plus 
E. W. Gebhard $75 and $7.50 
10675-Sparrow, Ruth W. $10 per acre, plus 
fencing 
(cont. on next page) 
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WHEREAS, in connection with the further improvement of the 
highways hereinafter designated, it is and has been necessary to ac- 
quire property for right of way, quarry sites, gravel or other mate- 
rial sites, or sites for the storage of materials, as hereinafter 
more definitely set forth, and 


WHEREAS, as a result of negotiations carried on with the 
owners of the property required, options have been obtained, which 
options have been considered by the Commission, outlining the bases 
of settlement which have been agreed upon, and 


WHEREAS, it is the judgment of the Commission that the 
said options should be approved and accepted, and/or the said reports 
be declared acceptable to the State Highway Commission as bases of 
set. lement for the properties involved, and that the acquisition of 
the properties should be completed: 


NOW, TYEREFORE, BE IT RESOLVED that the several offers, or 
bases of settlement hereinafter enumerated be, and the same hereby 
are, approved and accepted, and that the Attorney for the State High- 
way Commission be, and he hereby is instructed to complete the ac- 
quisition of the said properties and to take title thereto in the 
name of the State of Oregon. The said properties hereby ordered and 
authorized to be acquired are as follows: 


Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Nehalem Park Section, Oregon Coast Highwa 
73e6-Peterson, Anita Park 1 lot $12.50 Lump Sum DeSouza 


McIntyre 


Myrtle Point-Coquille Section, Seven Devils Chrome Mine Access Road 


10717-Mack, Carl H. Rock 5.0 Easement - $150 Parker 
Pit 


North Bend-Marshfield Section, Oregon Coast Highwa 

8047-A-Coos County R/T 700 sq.ft.  $0.0217 sq.ft. Benson 
Gardner Ranch-Berger Ranch Section, Wolf Creek Highw 

6508-Hare, John D. R/W 6.26 $225 per acre, plus Collins 


$191.50 
Barnes Road-Multnomah County Line, Wolf Creek Highway 
10687-Worth, J. B. and R/W 0.016 @1000 per acre, plus 
Richard W. Girt $84 Collins 
10686-Stanley, Robert L. R/W 0,12 $1000 per acre, plus 
$280 
Butteville Road-Hubbard Section, West Portland-Hubbard Highway 
10620-A-Stratford, Donald Easement Damage to property - 
R. Flight Strip $100 Benson 


(cont. on next page) 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Ramsey C n Section, Evans Creek-Sams Valley Access Road (Cont. 
10698-Cox, Alva 0. and R/W 3.00 or 975 per acre, Witt 


Frank Bowers acreage price taking 
control over area; 
plus wl00, plus fencing 
10730-Bay, Chas. H. and R/W 60 foot right of way - GRATIS n 
J. W. Mays 


Cascade Gorge Section, Crater Lake Highway 
10739-Dobbyn, Jos. B. Stock 1,0 more or less at 9150 per acre 


Pile Witt 


Crescent Section, The Dalles-California 
7499-Steevens, Max and R/W 500 sq. f%. 2¢ sq. ft. McChesney 


Hazel M. 
7491-Reed, Thomas R/W 4500 sq. ft. 2¢ sq.ft. + #100 " 
plus moving bldgs. 
7503-Bracken, Thomas R/W 1981 sq. ft, 2¢ sa.ft. + $50, " 
plus moving bldgs. 
10636-Guddat, A. W. R/W 3205 sq. ft. 2¢ sq. ft. + moving " 
bldg.+ $50 
7481-Steevens, Byron G. R/W 65,869 sq.ft. 2¢ sq. ft. n 
acres $1 Lump Sum + mov.bldgs. 
sq.ft. lf sq.ft. 
sq.ft. l¢ sq.ft. 
sq.ft. 1¢ sq.ft. 
sq.ft. l¢é sq.ft. 
sq.ft. lf sq.ft. + $5 
sq.ft. lf sq.ft. + 35 
sq.ft. 1¢ sq.ft. 
sq.ft. lf sq.ft. + moving 
building 
sq.ft. lf sq.ft. 


10704-Bradford, A. H, 

10710-Guddat, A. W. 

10708-Hedden, Boyd 

10705-Meacham, Hugh A. 

10709-Owen, Jack 

10740-Neece, Wallace L. 

10712-Gore, Walter E. 

10707-Dunn, Earl W. and 
Ernest Dunn 

10714-Ed.Carlson, and Allen 
Jones 

10714A-Ed. Carlson, and Fred 
Slusher 

10714B-Ed. Carlson, and Lay- 
ton Daugherty 

10711l- Lowe, Robert L. 


sq.ft. l¢ sq.ft. + #10 


sq.ft. l¢ sq.ft. 


$$ 3% 3 39995938 


sq.ft. 1¢ sq.ft. + $15 " 


Milton-Washington State Line a Oregon-Washington Highway 

10599-Weber, Albert : 0,23 g50 per acre + $21 Landon 

10535-Gibson, Charlotte E. R/W 2,085 sq.ft. GRATIS - any fencing Cozad 
Easement to be done by state 

10541-Fox, F. S. R/W 3,000 sq.ft. GRATIS - any fencing " 
Easement to be done by state 

10536-Bridgewater, Ray E. R/W 4,346 sq.ft. GRATIS - any fencing 
Easement to be done by state 


(Cont. on next page) 
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Section, Hwy., and Owmer 


Pacific Highway-Cantonment Section,Tolo Access Road (cont. 
10676-Hanseom, Lloyd R/W 3.45 $L5 per acre, plus 


10677-Pearson, Carl 


10670-Price, Sterling 
10670B-Price, Sterling 


10670A-Price, Sterling 


Ramsey Canyon Section, Evans Creek-Sams Valley Access Road 
10695-Payne, John M, R/W 60 foot right of way - Gratis 


10696-Bishop, G. W. and 


J. L. Wyland Estate 


10697-Burreson, Peter 
10698-Cox, Alva 0. 


10694-lessenger, Habel 
Scott 


10699-Messenger, Nathan H. 


10721-Akins, C. N, 


10720-Jackson County 
10719-Peffley, John L. 
10718-Silver, George K. 
10700-Drake, J. E 


10722-Gall, Cecil 


10723-Coulter, Byron G. 


10695-Payne, John iM. 


10727-State Land Board 


on next page) 
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Purpose 


RAT 


R/W 
Gravel 


Bar 


RAW 


R/W 
RAF 


Acres 


1.37 


0.23 
18.72 
0.33 


Approximate Amounts 


fence (0.83 acre to 
be conveyed by state 
to Carl Pearson) 
$15 per acre, plus 
$60, less $12.45 
(consideration for 
0.83 acre to be deeded 
to Carl Pearson) 
$50 per acre, plus 
$44.25 
l yr. lease, 3¢ cu.yd. 


$50 per acre, plus 


#18 


60 foot right of way - Gratis 
plus fencing if neeessary 
60 foot right of way - Gratis 
plus $7.50 

60 foot right of way - Gratis 
plus replacing fence 

60 foot right of way, Gratis 
plus fencing 

60 foot right of way, Gratis 
plus fencing 


3.0 
3.35 
6.35 
60 feet 
10 feet 
10 feet 
60 feet 


60 feet 


60 feet 


2.8 


$75 per acre 

$10 per aere, + 8425 
plus fencing 

GRATIS 

GRATIS 

GRATIS, plus fencing 

GRATIS, plus $750, 

plus fencing and pipe 
(Approx. 10 acres) 

GRATIS, plus fencing 
$601.70 

(Approx. 10.7 acre) 

GRATIS, plus $500 
$50 per acre 


3.0 (Approx.) GRATIS, plus 


fencing 


2.04 (Approx.) $13.50 per acre, 


acreage price taking 
control over area. 


Agent 


Collins 


The Assistant Attorney also requested authority to acquire certain 
properties by condemnation, He submitted a list of such properties together 
with offers that he recommended be made in connection with each, as follows: 


File No. Name Purpose Required Recommended Offer 


10724 Leon M. McConnell Right of Viay % 10.00 

10725 Frederick A. Roe Right of Way 115.00 

10728 Florence E, Edmiston Right of Way $50.00 per acre for 
cleared land, #10 
per acre for un- 
cleared land. 

10673 Jackson County Land Co. Right of Way 100.00 

#7908 August W, Fischer, et al. Drainage Ditch 251.65 

*5529-A Harley P, Easley, et ux. R/W & Maint. Site 850.00 

10630 Anna B, Wurster Right of Way 1600.00 

10738 T. E. Hendrick Right of Way $30 per acre 

4715 C. H. Walter, et ux, Right of Way 1000.00 


*To clear title only. 


The Commission approved the request and the offers. The following resolution 
with regard thereto was thereupon adopted by the Commission by unanimous vote: 


WHEREAS, the State Highway Commission is authorized to 
locate, relocate, construct, reconstruct, maintain, widen, straight- 
en, and otherwise improve state highways, both primary and secondary, 
and also access roads or other roads in which the Federal Government 
is interested, and said Commission is also authorized to construct 
shops, equipment sheds, office buildings, maintenance sites, patrol- 
men accommodations, and snow fences, and is authorized to acquire 
quarry sites, gravel pits, storage sites, stockpile sites, weighing 
stations, and broadcasting stations, and is further authorized to 
develop, construct, improve, operate, and maintain parks, parking 
places, auto camps, camp sites, roadside development, recreational 
grounds or resorts, and other places of attraction and scenic value; 
and 


WHERZAS, said Highway Commission is authorized to acquire 
by purchase, agreement, donation, or by the exercise of the power 
of eminent domain real property, or any interest therein, necessary 
or deemed by the Highway Commission necessary for the accomplishment 
of any and all of the foregoing things; and 


WHERTAS, in the judgment of the Highway Commission the 
several tracts or parcels of land hereinafter described are each 
and all necessary for the specific and particular purposes herein- 
after expressly set forth; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
tate Highway Commission as follows: 
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Section, 'wy., and Owner Purpose Acres Approximate Amounts Agent 


Milton-Washington State Line Section, ‘ i Cont.) 
10548-Flaugher, Jasper W. 10,000 sq.ft. 90.03 per sq.ft., plus 
$700 Cozad 
10600-Garrett, Charles R. R/W 0,56 $100 per acre Landon 
10591-Caverhill, W. S. RAW 1.073 #200 per acre, plus n 
$45 
10598-Federal Land Bank of RAT 0.22) $50 per acre " 
Spokane and D. J. 0.62) $100 per acre, plus 
Fisher 0.84) $15.50 
10693-Fox, F. S. R/V 1,885 sq.ft. GRATIS, plus fencing Cozad 
Easement if necessary 
10545-Swanson, John R/V 1,005 sq.ft. GRATIS, plus fencing n 
Easement if necessary 
10560-Brumback, Vernon R/W 0,21 $50 per acre " 
and Earl 
10543-James, Luther and RAW 1,500 sq.ft. GRATIS " 
Scott Estate _ Easement 
10597-Kennedy, A. T. and RAW 0.45 $125 per acre, plus n 
Violet M. Van $42.30 
Hoosen 
10534-Williams, Vernon K. R/V 10,000 sq.ft. Land Gratis, plus $55 ® 
and Morgan A. Staf- Easemt. 
ford 
10564-Blackler, Russell R/W 0.94 $50 per acre, plus ® 
moving electric fence 
10544-Swanson, Mary J. M. R/T 500 sq.ft. Gratis, plus fence " 
Easement moving if necessary 
10547-Harbour, Clara R/W 10,000 sq.ft. 3¢ sq.ft., plus y600 " 
10532-Carney, Anna G. RAT 13,752 sq.ft. 4f sq.ft., plus $462.50 " 
10540-Anderson, Inez i 
Easement 1,434 sq.ft. GRATIS, plus fencing " 
10530-Troyer, Irene R/W 10,527 sq.ft. 10¢ sq.ft. plus n 
$1447.30 
10539-Anderson, Herman RAI 900 sq.ft. GRATIS, plus fencing " 
Estate Easement 
10592-Cary, Geo. L. R/i 0.78 $125 per acre Landon 
Estate 0.94 $20C per acre, plus 
Le te $102.50 


Sumpter Forest soundary Section, Sumpter Valley Highway 
10641-Hewett Land Company if 7.25 GRATIS Cozad 


Berger Ranch-Barnes Road Section, Wolf Creek Highwa 
10502-Nelson, Edward E. Rs 2.46 1,000 per acre, plus Landon 


(Correction) 9525 


Note: All offers were approved by the Public Roads Administration on the fol- 
lowing day. 
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property is being acquired for right of way purposes in 
connection with the West Portland-Hubbard Highway;* 


Real property owned by Anna B. Wurster, which prop- 
erty is located in the southeast quarter (SE+) of Section 
35, Township 3 South, Range 1 West, W. M., Clackamas Coun- 
ty, Oregon, and is more particularly described on the at- 
tached sheets and designated as Parcel No. 7 and is further 
identified in the records of the Highway Commission as file 
R 10630, and which property is being acquired for right of 
way purposes in connection with the West Portland-Hubbard 
Highway .% 


2. That the Commission does hereby find and declare that 
each of the said described parcels of real property is necessary and 
acquisition of the same by the State is required for the specific 
purposes hereinabove set forth, and the said properties are being 
acquired for the express and specific purposes in this resolution 
set forth. 


3. That the State Highway Engineer be and he hereby is 
instructed and directed to make or cause to be made all surveys 
necessary in connection with the determination, description, and 
acquisition of said real properties, and said Engineer is further 
instructed to prepare and submit to the Legal Department necessary 
and adequate descriptions of the said real properties, which said 
descriptions shall be available for the preparation of any deed or 
deeds or other instrument or instruments necessary to complete the 
acquisition of said property or properties, whether said properties 
be acquired by purchase, donation, agreement, or by the exercise of 
the power of eminent domain. 


4. That J. M. Devers, Attorney for the State Highway Com- 
mission, be and he is hereby requested, authorized, and directed to 
attempt to agree with the owner or owners and/or with the tenants 
or persons in possession, if there be any, of said parcel or parcels 
of land with respect to the compensation to be paid for the taking 
of the same and the damage, if there be any, and in the event that 
no satisfactory agreement or agreements can be reached, then it is 
hereby further resolved that J. M. Devers, Attorney for the State 
Highway Commission, be and he hereby is requested to commence and 
prosecute to a final determination such suit or action, or suits or 
actions, as may be necessary and appropriate to acquire title to the 
said premises and all rights therein for the purposes herein stated. 


5. That this resolution be entered in full in the minutes 
and records of this Commission. 


*(The detailed descriptions of the respective parcels of real property 
mentioned in this resolution are attached to the original resolution 
on file in the office of the State Highway Commission, Salem, being 
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1. That the Commission does hereby find and declare that 
the several parcels of real property hereinafter described are each 
and all necessary for the accomplishment of the purposes hereinafter 
expressly and specifically set forth, which said real properties and 
the specific purposes for which the same are being acquired are de- 
scribed as follows, to wit: 


Real property owned by Frederick A. Roe, et_al., which 
property is located in the southwest quarter (SW) of the 
southwest quarter (SW4) of Section 29 and in the northwest 
quarter (NW) of the northwest quarter (NW{) of Section 32, 
and in the northeast quarter (NE+) of the northeast quarter 
(E+) of Section 31, Township 34 South, Range 2 West, W. M.; 
and in the southwest quarter (SW4) of the northwest quarter 
(aw) and in the northwest quarter (NW}) of the southwest 
quarter (SW) of Section 32, Township 34 South, Range 2 West, 
W. M., Jackson County, Oregon, and is more particularly de- 
scribed on the attached sheets and designated as Parcels Nos. 
1 and 2 and is furvher identified in the records of the High- 
way Commission as file R 10725, and which property is being 
acquired for right of way purposes in connection with the 
Evans Creek-Sams Valley Access Road 5% 


Real property owned by August W. Fischer, et al., which 
property is located in the southeast quarter (SE%) of the south- 
west quarter (SW+) of Section 2, Township 12 South, Range 5 
West, W. M., Benton County, Oregon, and is more particularly 
described on the attached sheets and designated as Parcels Nos. 
3 and 4 and is further identified in the records of the Highway 
Commission as file R 7908, Parcel No. 3 being acquired for 
right of way purposes in connection with the Pacific Highway 
West and Parcel No. 4 being acquired for right of way for drain- 
age ditch purposes in connection with said highway; 


Real pronerty ovmed by Warley P. Easley, et al., which 
property is located in Lots 1, 2, 3, 4, 7, and 8 of Block 4, 
Lots 1, 2, 3, and 4 of Block 5, and Lots 7 and 8 of Block 3 
of Georgetown Addition to St. Helens, Columbia County, Oregon, 
and is more particularly described on the attached sheets and 
designated as Parcel No. 5 and is further identified in the 
records of the Highway Commission as file R 5529A, and which 
property is being acquired for right of way and maintenance 
site purposes in connection with the Columbia River Highway; 


Real proper y owned by Lila M. Walter, et al., which prop- 
erty is located in the southeast quarter (SE) of Section 35, 
Township 3 South, Range 1 West, W. M., Clackamas County, Ore- 
gon, and is more particularly described on the attached sheets 
and designated as Parcel No. 6 and is further identified in the 
records of the Highway Commission as file R 4715, and which 


WHEREAS, in order to afford a better alignment and a more 
satisfactory, safe and convenient highway for the traveling public 
the Highway Commission found it necessary to relocate portions of 
the Pacific Highway in Douglas County, particularly the section 
known as the Roseburg-Shady Point Section; and 


WHEREAS, by reason of said relocation and reconstruction 
of said section of said highway there have been eliminated from the 
main-travelled portion of said highway as now located certain par- 
cels or areas of land, which said parcels or areas of land are more 
specifically defined and described hereinafter in this resolution 
and are reflected and disclosed on a print or map marled Exhibit A, 
a copy of which is attached hereto and made a part hereof; and 


WHEREAS, witile said sections or old areas of right of way 
are not required for right of way proper, the same are required for 
drainage facilities in connection with the maintenance of the high- 
way proper; and 


WHEREAS, it is the judgment and opinion of the Commission 
that there should be recorded in its minutes and records the purpose 
and plan of the Commission to abandon as a part of the right of way 
of said highway the areas described hereinafter and shown in red on 
said attached print or exhibit, except for drainage purposes. 


NOW, THEREFORE, the premises being in general as above 
stated, it hereby is resolved by this Commission, all members being 
present and affirmatively participating as follows: 


1. That the areas or parcels of land which heretofore 
were within the right of way proper . of said section of the Pacific 
Highway but which by reason of the relocation and realignment of the 
highway are now without the area improved and used by the travelling 
public but are parallel and in close proximity to the right of way 
of said highway as now established shall be and are abandoned by the 
“Yighway Commission as a part of the right of way of said section of 
said highway, except, and provided, however, that the right to use 
said area for drainage in connection with the maintenance of said 
highway is reserved. The parcels of land affected by this resolu- 
tion are described as follows, to wit: 


All those certain parts of the old right of way of 
the Roseburg-Shady Point Section of the Pacific Highway 
in Sections 25 and 36, Township 27 South, Range 6 West, 
W. M., Douglas County, lying on the easterly and westerly 
side of the right of way required for the reconstructed 
Pacific Highway, the beginning and ending points with 
reference to the engineer's stations of the said recon- 
structed highway being Station 1450+00 on the southerly 
end and Station 1507+80 on the northerly end. 
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Resolution No. 31, under the heading "Real Property Condemnation 
Resolutions" and said descriptions by this reference are made a 
part of this minute entry to the same extent as if copied in full 
herein.) 


The Assistant Attorney requested instructions whether or not to com- 
plete the acquisition of right of way needed for the Wolf Creek Highway, in 
Washington County. It appears that a number of condemnation cases will have 
to be tried and that considerable amounts are involved. Action on this matter 
was deferred by the Commission until April or May, 1943, when all of the prop- 
erties concerned an to be inspected by the members of the Commission. 


For the benefit of Commissioners Clough and Oliver, Chairman Cabell 
explained the method of valuing properties acquired in connection with the 
Front Avenue improvement, Portland, on the west side of the Willamette River. 
He recalled that the method that was finally approved as a result of confer- 
ences with the city officials of Portland, was to pay 125 per cent of the ap- 
praised value in so far as land was concerned and to pay 150 per cent of the 
appraised value for the buildings. Such procedure, he said, has worked out 
fine for properties acquired south of the Steel Bridge; however, cannot be 
used in connection with the aequisition of properties needed for the proposed 
improvement on the east side of the Willamette River, because values are not 
stabilized and, in view thereof, it will be necessary to negotiate for these 
properties individually and to follow standard practice. Commissioners Clough 
and Oliver approved such procedure. 


Reconsideration was given by the Commission to its settlement with 
Edward F. Judkins for right of way needed for the revision of the Pacific 
Highway south of Eugene. The Attorney advised that Mr. Judkins has changed 
his attitude with respect to this settlement and now is willing to accept par- 
tial payment for the property, provided a definite time is set for the payment 
of the final amount after the war is over. He asked the Commission to set 
such time. After discussion, and it appearing to the Commission that the 
Eugene South Project is one of the first ones that will be undertaken when 
times return to normal, the Commission decided to make final settlement with 
Mr. Judkins within one year after the war is over. The matter is to be cov- 
ered by appropriate written agreement between the Commission and Mr. Judkins. 


The Commission discussed and approved the abandonment of certain 
portions of old state highway rights of way, as follows, such areas having 
been rendered valueless for state highway purposes by reason of alignment re- 
visions: 


Pacific Highway between Roseburg and Shady Point; 
Pacific Highway south of Rice Hill; 
The Dalles-California Highway between Terminal City and Algoma. 


The following resolutions in regard thereto were adopted by the Commission by 
unanimous vote: 


Commission its purpose and plan to abandon as a part of the said 
highway the fragment or portion of right of way hereinafter desig- 
nated and which was heretofore included within the area of the 
right of way of said highway as formerly located, but which is 
now without the regular limits of said highway as relocated; 


NOW, THEREFORE, the premises being in general as above 
stated, it hereby is resolved by this Commission, all members be- 
ing present and affirmatively voting, as follows: 


1. That the fragment of land confined within the area 
hereinafter described, which fragment or parcel of reai property 
was formerly within the limits of the right of way of the Pacific 
Highway but is no longer a part of the right of way of said high- 
way as the same has been relocated and constructed, be and said 
parcel of real property is abandoned as a part of the right of way 
of said highway, and said parcel of land is, so far as control and 
supervision by this Commission is concerned, eliminated and left 
to revert to the adjoining and abutting property owners, or to the 
control and supervision of the County Court of Douglas County for 
highway or other public purposes, as the Court may determine. The 
fragment or parcel of land affected by this resolution is defined 
and described as follows, to wit: 


All that certain section of the old right of way of 
the Pacific Highway in Section 32, Township 23 South, 
Range 5 West, and in Sections 5 and 8, Township 24 South, 
Range 5 West, W. M., Douglas County, Oregon, lying on the 
westerly side of the right of way required for the recon- 
structed Pacific Highway and being between Mile Post 174 
and Mile Post 177 of said highway; the beginning and end- 
ing points with reference to the engineers stations of the 
reconstructed highway being Station 1235+40 on the north- 
erly end and Station 1341+80 on the southerly end. 


The location of said abandoned right of way may be more 
definitely and particularly ascertained and determined by reference 
to a map or blueprint marked Exhibit A attached hereto and by this 
reference made a part hereof, which said exhibit for identification 
purposes bears the signatures of K. D, Lytle, Division Engineer, 

H. G. Smith, Construction Engineer, and C. B. McCullough, Assistant 
State Highway Engineer, and is dated November 7, 1942, upon which 
map or exhibit is reflected the above described parcel of land by 
showing the same shaded in red,* 


2. In the event there remains any physical connection be- 


tween any portion of said abandoned right of way or highway and the 
present highway, and by reason of such physical connection traffic 


*Map filed Right of Way Abandonment and Retention File - No. lll 
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2. In addition to the foregoing description of said par- 
cels of land there is attached hereto a print or map marked Exhibit 
A, which by this reference is made a part hereof, and upon which 
map there are showm shaded in red the parcels of land formerly with- 
in the right of way proper of said section of said highway, but which 
are now by reason of the relocation and realignment of said highway 
not required for right of way proper. Said exhibit or map for identi- 
fication purposes bears the signatures of K. D, Lytle, Division Engi- 
neer, H. G. Smith, Construction Engineer, and C. B. McCullcugh, Assis- 
tant Highway Engineer, and bears date of May 26, 1942.* 


3. In the event there remains any physical connection be- 
tween any portions of said abandoned right of way and the present 
highway, and by reason of such physical connection public traffic 
from the existing highway may enter or use the said abandoned por- 
tion of the old road to the possible damage or injury of such traffic 
by reason of any unsafe condition existing with respect to the said 
old or abandoned road, then the State Highway Engineer is hereby 
authorized and directed to erect such barricade or other safeguards 
as amy be necessary to protect and safeguard traffic using and en- 
ploying said newly located, constructed and dedicated section of 
said state highway. 


4. That this resolution be entered in the minutes and 
records of the Commission and a certified copy thereof promptly de- 
livered to the County Court of Douglas County, together with a copy 
of said exhibit or map, for such action as said County Court may de- 
sire to take with respect to the fragments of land to be abandoned, 
and should said abandoned sections of the right of way of said Pacif- 
ic Highway be further employed for public or private highway purposes 
such use shall be entirely under the control and supervision of the 
County Court of Douglas County and beyond any responsibility or su- 
pervision by the State Highway Commission. 


WHEREAS, in order to afford a better alignment and a more 
satisfactory, safe, and convenient highway for the traveling public 
the Commission found it necessary to relocate a portion of the Pacif- 
ic Highway in Douglas County; and 


WHEREAS, by reason of said relocation and reconstruction 
of said section of highway there was eliminated and made unnecessary 
a6 a part of the permanent highway a certain section which is more 
particularly defined and described hereinafter in this resolution; 
and 


WHEREAS, it is the judgment and opinion of the:Commission 
that there should be recorded in the minutes and records of the 


*Map filed Right of Way Abandonment and Retention File - No. 110 


relocated and constructed, be and said parcel of real property is 
abandoned as a part of the right of way of said highway, and said 
parcel of land is, so far as control and supervision by this Com- 
mission is concerned, eliminated and left to revert to the adjoin- 
ing and abutting property owners, or to the control and supervision 
of the County Court of Klamath County for highway or other public 
purposes, as the Court may determine. The fragment or parcel of 
land affected by this resolution is defined and described as follows, 
to wit: 


All those certain sections of the old right of way 
of the Terminal City-Algoma Section of The Dalles-Cali- 
fornia Highway in Sections 25 and 36, Towmship 37 South, 
Range 8 East, and in Sections 30 and 31, Township 37 South, 
Range 9 East, and in Section 1, Township 33 South, Range & 
East; and in Sections 6, 7 and 18, Township 38 South, Range 
9 East, W. M., all in Klamath County, Oregon, lying on the 
easterly side of the right of way required for the recon- 
structed The Dalles-California Highway, said sections also 
lying between Mile Post 276 and Mile Post 282 of said high- 
way, the beginning and ending points with reference to the 
engineer's stations of the said new constructed center 
line being Station 113+20 on the southerly end and Station 
334+50 on the northerly end. 


The location of said abandoned right of way may be more 
definitely and particularly ascertained and determined by reference 
to a map or blueprint marked Exhibit A attached hereto and by this 
reference made a part hereof, which said Exhibit for identification 
purposes bears the signatures of W. E. Chandler, Division Engineer, 
H. G. Smith, Construction Engineer, and C, B. McCullough, Assistant 
State Highway Engineer, and is dated December 15, 1942, upon which 
map or exhibit is reflected the above described parcel of land by 
showing the same shaded in red.* 


2. In the event there remains any physical connection be- 
tween any portion of said abandoned right of way or highway and the 
present highway, and by reason of such physical connection traffic 
from the existing highway may enter or use the said abandoned right 
of way or highway to the possible damage or injury of such traffic 
by reason of any unsafe condition existing with respect to said old 
or abandoned road, then the State Highway Engineer is hereby auth- 
orized and directed to erect such barricade or other safeguards as 
may be necessary to protect and safeguard traffic using and employ- 
ing said newly located, constructed, and dedicated section of said 
highway. 


3. That this resolution be entered in the minutes and 
records of the Commission and a certified copy thereof promptly 


*Map filed Right of Way Abandonment and Retention File - No. 112 


from the existing highway may enter or use the said abandoned right 
of way or highway to the possible damage or injury of such traffic 
by reason of any unsafe condition existing with respect to said old 
or abandoned road, then the State Highway Engineer is hereby author- 
ized and directed to erect such barricade or other safeguards as may 
be necessary to protect and safeguard traffic using and employing 


said newly located, constructed, and dedicated section of said high- 
way. 


3. That this resolution ie entered in the minutes and rec- 
ords of the Commission and a certified copy thereof promptly delivered 
to the County Court of Douglas County, together with a copy of said 
exhibit or map, for such action as said Sounty Court may desire to 
take with respect to the fragment of land to be abandoned, and should 
Said abandoned section of the right of way of said Pacific Highway 
be further employed for public or private highway purposes such use 
Shall be entirely under the control and supervision of the County 
Court of Douglas County and beyond any responsib! lity or supervision 
by the State Highway Commission, 


WHEREAS, in order to afford a better alignment and a more 
satisfactory, safe, and convenient highway for the traveling public 
the Commission found it necessary to relocate a portion of the Ter- 
minal City-Algoma Section of The Dalles-California Highway in Klam- 
ath County; and 


WHEREAS, by reason of said relocation and reconstruction 
of said section of highway there was eliminated and made unnecessary 
as a part of the permanent highway a certain section which is more 


particularly defined and described hereinafter in this resolution; 
and 


WHEREAS, it is the judgment and opinion of the Commission 
that there should be recorded in the minutes and records of the Com- 
mission its purpose and plan to abandon as a part of the said high- 
way the fragment or portion of right of way hereinafter designated 
and which was heretofore included within the area of the right of 
way of said highway as formerly located, but which is now without 
the regular limits of said highway as relocated; 


NOW, THEREFORE, the premises being in general as above 
Stated, it hereby is resolved by this Commission, all members being 
present and affirmatively voting, as follows: 


1. That the fragment of land confined within the area 
hereinafter described, which fragment or parcel of real property 
was formerly within the limits of the right of way of the Terminal 
City-Algoma Section of The Dalles-California Highway but is no longer 
a part of the right of way of said highway as the same has been 
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the event the Commission decides to purchase the park, that construction of 
the roadway leading to it be deferred and that for the time being people be 
required to use existing roads to reach the same. The matter was discussed 
at some length but a decision thereon was deferred pending consultation with 
the State Parks Superintendent. 


The matter was reconsidered on the following day when the Parks 
Superintendent was present. He advised at that time that the owners of the 
property, Blacklock Sanstone Company, of San Francisco, are no longer willing 
to sell the 1,400 acres for $2,700, in view of the fact that taxes that have 
accumulated against the property are more than they anticipated, in view of 
which they are now asking $3,600 for the property. He urged the Commission 
to acquire the property notwithstanding the increase in price. Action again 
was deferred by the Commission pending inspection of the park by Commissioner 
Clough. 


The Parks Superintendent was instructed in the meantime to ascertain 
whether or not it would be possible to acquire the 40-acre tract owned by W. J. 
Sweet, which is surrounded by the proposed state park, inasmuch as the Commis- 
sion dislikes to have privately-owned property within state park boundaries. 


A request was presented from the Clackamas County Cemetery Associ- 
ation for the privilege of purchasing certain state-owned property adjacent 
to and beyond the limits of the standard width right of way at the Clackamas 
Overcrossing, in Clackamas County. The Assistant Attorney advised that the 
area desired by the Association contains 0.34 acre which was purchased in con- 
nection with a right-of-way transaction at the rate of $500 ner acre. The En- 
gineer advised that this property is of no particular value to the state. He 
recommended that it be sold to the Association at $500 per acre provided ac- 
cess to the highway from the property is denied. The Commission approved the 
sale of the property subject to such condition. 


The Assistant Attorney requested instructions with regard to requir- 
ing property owners to construct fences along right of way that has been ac- 
quired for highway improvements that are to be deferred until the war is over. 
He advised that many of these settlements contain provision for such right-of- 
way fences and that in each case a certain amount is allowed the grantor to 
pay for the fences. In some instances, he said, the purchase price has been 
paid to the owners but the fences have not been built, and in other instances 
the payment for the right of way has net been completed. It was his thought 
that the Commission might wish to withhold the amounts authorized for the 
fence construction until it is ready to proceed with the construction of the 
highway. On account of the fact that it is extremely difficult for farmers 
to purchase fencing materials at the present time due to war conditions, the 
Commission decided to complete such purchases in full, regardless of whether 
or not they build the fences now. 


In this connection the question arose whether or not the adjacent 
property ovmers should be allowed the use of the right of way pending con- 
struction of the highway. It was the opinion of the Commission that the state 
would benefit if the right of way were cultivated, inasmuch as it would elin- 
inate the expense of cutting weeds and brush. Accordingly, the Assistant 
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delivered to the County Court of Klamath County, together with a 
copy of said exhibit or map, for such action as said County Court 
may desire to take with respect to the fragment of land to be aban- 
doned, and should said abandoned section of the right of way of said 
The Dalles-California Highway be further employed for public or pri- 
vate highway purposes such use shall be entirely under the control 
and supervision of the County Court of Klamath County and beyond any 
responsibility or supervision by the State Highway Commission, 


Reconsideration was given by the Commission to the abandonment of a 
section of the old right of way of the Ochoco Highway east of Prineville, 
It was recalled that the Commission on December 18, 1940, adopted a resolu- 
tion abandoning certain portions of the old right of way because the highway 
had been rebuilt on other alignment, rendering these parcels valueless from 
the state's standpoint; also that a certified copy of the resolution was for- 
warded to the county court of Crook County with a request that the court en- 
ter an order in its records, either fetaining such parcels for county use in 
connection with its county road system, or allowing them to revert to the 
abutting property owners. The Commission was advised that to date the county 
court has not acted on this resolution although the court has asked the Conm- 
mission to continue the maintenance of the abandoned section between Mill 
Creek and Marks Creek, seven miles in length, as a stock driveway for the 
benefit of stockmen in this vicinity, which request the Commission denied 
at its meeting on April 1, 1942, because it involved the repair and mainten- 
ance of several bridges that are in an unsafe condition, and it was the 
thought of the Commission, if the old road is valuable for stock-driveway 
purposes, the responsibility to maintain it belongs to the county. Such in- 
formation was transmitted to the county court by the Commission's Secretary 
but up to the present time no information has been received as to the county 
court's attitude with respect thereto. After considerable discussion the 
Commission decided that the general public should not be allowed the use of 
the old road because of the condition of the bridges. The Engineer was there- 
upon instructed to erect a barricade at each end of the old road between 
Mills Creek and Marks Creek. The Secretary was instructed to inform the 
county court by letter of the Commission's action and to advise the court 
that the Commission denies any responsibility with respect to future mainten- 
ance of this road, and, if it is to be left open for use as a stock driveway 
or for any other public use, the responsibility for maintaining the road and 
for accidents that might occur thereon rests with the county. 
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The Engineer reported the results of investigations of roadways 
leading to the proposed state park south of Floras Lake, in Curry County. 
He advised that there are a number of logging roads leading into this area 
some of which are in fair condition but are not satisfactory for a permanent 
park roadway; however, a satisfactory location for a permanent road was found 
about 33 miles south of the town of Denmark, which will require the construc- 
tion of about 24 miles of roadway extending from the highway to the south end 
of the proposed park, He estimated the cost to construct such roadway at ap- 
proximately $16,000, exclusive of right of way and fencing. He suggested, in 
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extend the sidewalk to the first of these approaches. lr. Kenney, he said, 
now wants the state to build the remaining section of sidewalk, about 40 feet 
in length, so that it will extend clear across the front of his property. He 
gave as his thought that such improvement is not an obligation of the state 
and recommended that ir, Kenney's request be denied. The Commission approved 
the recommendation. 


Consideration was given by the Commission to the matter of expedit- 
ing the procedure for receiving of bids for construction work, particularly 
in connection with projects that are of an emergency nature and which should 
be gotten underway much sooner than is possible by following the present prac- 
tice of advertising the projects for two weeks. The Attorney advised that the 
Commission has legal authority to take bids on two or three days notice, if it 
so desires and will follow a certain procedure. It was the thought of the Com- 
mission that advantage should be taken of this feature of the law in order to 
hurry up certain projects. The Attorney was thereupon instructed to prepare 
a form of resolution covering the matter for adoption at the next meeting of 
the Commission. 

The Commission adjourned at 11:00 p.m. to reconvene the following 
morning in the auditorium of the Public Service Building. 


Portland, Oregon, December 18, 1942 


The State Highway Commission reconvened at 9:00 a. m. in the audi- 
torium of the Public Service Building. Present were: 


Henry F. Cabell, Chairman 

Huron W. Clough, Commissioner 

Herman Oliver, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


Bids, as follows, for highway construction projects and for the 
sale of buildings in North Bend were opened and read in conformity with pre- 
viously published notices, following which Chairman Cabell announced that the 
awards of contracts and sale of buildings would be made at 2:30 p. m. in tle 
same room: 


BAKER-HOMESTEAD AND HALFWAY HIGHWAYS 
RICHLAND-HALFWAY ROCK PRODUCTION 


No bids received on this project 


OCHOCO HIGHWAY 
OCHOCO SUMMIT ROCK PRODUCTION 


No bids received on this project 


Attorney was instructed to let the abutting farm owners use the property free 
of charge. 


In accordance with this decision the Commission approved a request 
from Mr, Jurgen LaFrentz to use a portion of the land that was acquired from 
him for right of way for the Wolf Creek Highway near the town of North Plains, 
in Washington County, 


The Commission discussed the request of Mrs. Viola M. Gray for an 
additional payment for land which she sold to the state for right of way for 
the improvement of The Dalles-California Highway at Madras. The Commission 
was advised by the Assistant Attorney that Mrs. Gray charged only a very small 
amount for the right of way, being under the impression at the time that the 
finished highway would be about level with the rest of her prepert;. However, 
it appears that the highway was constructed on a high fill at this point, and 
Mrs. Gray alleges damages in the amount of $500.00, Inspection of Mrs, Gray's 
property, he said, reveals that it has been damaged to some extent but not 
enough to justify an additional payment in excess of $250.00. After discus- 
sion the Commission authorized the Assistant Attorney to offer ifrs. Gray the 
sum of $200.00 in full satisfaction of her claim. 


A request was presented from ir. T. C. Simmons to rent certain 
state-owned property adjacent to the Oregon Coast Highway near Spencer Creek, 
north of Newport. The Assistant Attorney advised that this is camp-ground 
property which the Commission was obliged to purchase in connection with the 
acquisition of right of way for a revision of the Oregon Coast Highway at this 
place, and that lir., Simmons wants to lease the property for a six-months period 
commencing May 1, 1943, for which he is willing to pay the sum of §25,00 per 
month. He recommended acceptance of the offer in view of indications that the 
highway improvement will not be undertaken until the war is over and that the 
property will not be needed by the state for any other purpose. The Commis- 
sion approved the recommendation. 


The Assistant Attorney reported an application received from the 
United States War Department to purchase a parcel of state-owned land near 
the Madras Overcrossing, in Jefferson County, for use in connection with the 
construction of the Madras airport. The parcel desired by the Army is situate 
on the northerly side of the Oregon Trunk Railway and is on the westerly side 
of the Warm Springs Highway, and contains approximately 21.0 acres. He ad- 
vised that the state paid $25.00 per acre for this property and recommended 
that it be sold to the Federal Government at the same rate. The Commission 
approved the recommendation. 


The Engineer brought up for discussion a request from Mr. E. W. 
Kenney, Monmouth, for sidewalk construction in front of his premises on the 
east side of East Street just north of its intersection with South Street in 
Monmouth. He advised that plans for the original improvement of the Pacific 
Highway West at Monmouth included the widening of East Street and the replac- 
ing of existing sidewalks, but in the case of Mr. Kenney no sidewalk existed 
so there was none to be replaced. However, later it was agreed that the state 
would construct two approaches from the highway to his premises and would 


Building No. 9499 (Former owner John Sandine) 
G. Gilbertson $20.00 


Building No. 9518 (Former owner P. M. Ross) 
Building No. 9521 (Former owner K. Horn) 


M. Jorgenson (Combination bid) $50.00 
Building No. 9486-D (Former owner Coos County) 
Clarence S. Wilson @ 5.00 


Building No. 9646 (Former owner A. M. Haley) 
No bids received on this building 


The County Court of Marion County, represented by County Judge Grant 
Murphy and County Commissioner Ralph Gired, and County Engineer N. C. Hubbs, 
came before the Commission in regard to the maintenance of the Niagara-Detroit 
Section of the North Santiam County Road which is a link in the North Santiam 
Secondary Highway. Judge Murphy headed the group. He asked the Commission to 
take over the maintenance of this section as a state obligation in view of the 
expenditures heretofore made by the county in the construction of the North 
Santiam Highway and because it is an isolated section of county road which is 
costly for the county to maintain. It was his thought that the state could 
perform the maintenance work much cheaper than the county because the state 
is now maintaining adjoining sections. Commissioner Girod and Engineer Hubbs 
made similar statements. Chairman Cabell advised that the Commission had 
plans at one time to rebuild the North Santiam Secondary Highway between Gates 
and Detroit to fit in with the Federal Government's proposed flood control dam 
across the North Santiam River, but there now appears to be no possibility of 
undertaking this improvement until the war is over. It was his thought that, 
from a public standpoint, it would be much better if the existing road were 
maintained in its present condition as a county road, and would draw less 
public criticism if the county would continue the maintenance of the same. Tle 
matter was discussed at considerable length and as a result thereof the Com- 
mission agreed to give the matter further thought and to notify the county 
court as soon as a definite decision is reached. 


The Attorney brought up for discussion matters pertaining to the 
Federal Government's condemnation suit to acquire the state highway right of 
way at Tongue Point. He advised that the suit is now under way and he would 
like permission from the Commission to enter a stipulation providing for pub- 
lic use of the old road, pending completion of the new section of highway 
that is to replace that taken by the government. The Comission approved 
such stipulation; however, instructed the Attorney to include therein provi- 
sion for the use of the old road after the new road is built and open for 
traffic, in the event of the blocking of the new road by slides, or in case 
the old road is needed for other emergency purposes. It was the thought of 
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CENTRAL OREGON HIGHWAY 
BUCHANAN ROCK PRODUCTION 


Oscar E. Joelson $23 , 500.00 


EVANS CREEK-SAMS VALLEY ACCESS ROAD 
GRADING AND SURFACING 


Tru-Mix Concrete Company $133,416.20 


TOLO-CAMP WHITE ACCESS ROAD 
GRADING, SURFACING AND OILING, AND TIMBER TRESTLE 


Tru-lix Concrete Company $49 ,025.60 


THE DALLES-CALIFORNIA HIGHWAY 
CRESCE!T ROCK PRODUCTION PROJECT 


No bids received on this project 


THE DALLES-CALIFORNIA AND WILLAMETTE HIGHWAYS 
CHEMULT ROCK PRODUCTION 


No bids received on this project 


WILLAMETTE HIGHWAY 
TRENT-SALT CREEK FALLS ROCK PRODUCTION 


No bids received on this project 


FLIGHT STRIP PROJECT (SOUTHWEST BOARDMAN) 


E. C. Hall Co. & J. C. Compton $290,785.00 
Porter W. Yett 330,055.00 
Babler Bros, 454,245.00 
M. L. O'Neil & Son 473,099.50 


PENDLETON-JOHN DAY HIGHWAY 
NYE JUNCTION-GRANT COUNTY LINE ROCK PRODUCTION 


0. C. Yocom $71,115.00 


WALLOWA LAKE HIGHWAY 
ROCK CREDK-JOSEPH ROCK PRODUCTION 


No bids received on this project 


SALE OF RESIDENCE BUILDINGS IN NORTH BEND 
Building No. 9560 (Former owmer J. H. Tewsley) 


No bids received on this building 


the value of the work remaining to be done by the contractor at $1,625.00 if 
paid for at the unit prices mentioned in the contract, as compared to a cost 
of $3,300.00, if the work were completed by the state. Mr. Kuney, he said, 
wants to be relieved of this obligation and has agreed to compensate the 
state for the additional cost that the state will assume in completing the 
work at a subsequent date. He recommended approval of this arrangement. The 
Commission approved the recommendation and thereupon signed an agreement with 
Mr. Kuney covering the matter. 


The matter of requiring highway traffic to come to a complete stop 
before crossing the Southern Pacific railroad tracks on the highway detour, 
at Judkins Point south of Eugene, had the attention of the Commission. The 
Engineer advised that this is a dangerous grade crossing and in his estimation 
all traffic should be required to stop before crossing the tracks, notwith- 
standing that the crossing is of a temporary nature and will be discontinued 
when the Judkins Point grade separation structure is completed and opened for 
use. He requested authority to maintain "stop" signs on each side of the 
crossing during the time that it is being used by the general public. The 
Commission approved the request. 


The Commission discussed, approved and signed a letter form of 
agreement with the University of Oregon providing for a modification of the 
agreement dated December 18, 1941, which provides that "the state shall con- 
struct an oil service line, together with all necessary pumping facilities, 
which oil service line shall extend from the University power plant to the 
said siding. Said service line shall be adequate for the transmission of fuel 
oil between said points." In the discussion it was pointed out that, because 
of the scarcity of materials brought about by war emergencies and because of 
priority regulations which have been imposed by the Federal Government, the 
state cannot at this time procure materials with which to conform to and carry 
out the provisions of the agreement as quoted above, hence it is necessary to 
modify this provision so as to relieve the state of its obligation during the 
emergency on the condition that, until materials are available for the con- 
struction of the oil service line, the state will reimburse the University for 
the cost of transporting fuel oil by truck or other means from the railroad 
siding to the University power plant. 


A letter was presented from Vice Admiral C. S. Freeman, U. S. Navy, 
advising that the Navy Department is in urgent need of tools and gonstruction 
equipment in first class condition with spare parts for use in connection with 
naval activities, and inquiring whether or not the Highway Commission has any 
such articles that it might be willing to sell to his department. The Engi- 
neer advised that the Highway Commission acquired a number of wooden tanks 
with the Union Fish Hatchery property at Union, and suggested that these might 
be turned over to the Government. The Commission deferred a decision in the 
matter pending further check by the Engineer to ascertain whether or not the 
tanks can be used to good advantage in connection with highway department ac- 
tivities. 


The Commission had under discussion the matter of renewing its agree- 
ments with the several hospital associations covering the furnishing of medical 
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the Commission that such provision should be made notwithstanding the fact 
that it probably will not be necessary to use the old road after the new one 
is finished, 


The Commission had under discussion requests from Mrs. Wm. Swindell 
and other residents in the vicinity of Sylvan, Multnomah County, for something 
to be done for the protection of school children who are required to cross the 
Tualatin Valley Highway (Canyon Road) where it connects with Skyline Boulevard, 
S. W. Hewitt Boulevard, Scholls Ferry Road, and S. W. 58th Avenue, in Sylvan, 
and particularly Sugeesting that the installation of some type of traffic sig- 
nal would serve the purpose. The Engineer advised that the intersection re- 
ferred to is a particularly hazardous one, in view of the fact that so many 
roads enter the highway at this point; also, that a couple of years ago some 
minor channelization work was done at this point and several overhead flashing 
beacons were installed; but at that time the main issue was the control of 
vehicular traffic upon entering and leaving the highway. Recent investiga- 
tions, he said, reveal that Something should be done to protect pedestrians. 
He recommended that the most Satisfactory and cheapest arrangement to effect 
such protection would be to install a four-way stop signal as described by 
Traffic Engineer John Beakey in his report dated December 15, 1942, from which 
he quoted. He explained that the plan provides for the installation of addi- 
tional sections in the existing overhead signals, containing both red and 
yellow lights. Under normal conditions, he said, the yellow signal would 
flash but during hours when school children cross the highway in going either 
to or from school the red signal would show for highway traffic and for traf- 
fic on the cross roads. The advantage of this system over that which requires 
the stopping of all traffic at the intersection at all times would be that ve- 
hicular traffic would not have to come to a full stop except when the signal 
flashes red. The Commission after discussion agreed with the Engineer and 
accordingly authorized him to proceed with the rearrangement of the lights in 
accordance with his recommendation. 


Reconsideration was given by the Commission to the termination or 
modification of its contract with Leonard & Slate for the operation of the 
Wilsonville Ferry and particularly a letter from Leonard & Slate dated Novem- 
ber 30, 1942, in which the Commission was advised that "under the present con- 
dition of the ferryboat and the inability to secure certain materials, we do 
not feel that we can sign the extension of the contract as there are certain 
clauses that we could not fulfill. Therefore, we intend to file a new request 
after the first of the year." The Commission confirmed its previous decision 
to neither terminate nor modify the present contract and ordered that Leonard 
& Slate be advised that the Commission expects them to continue the operation 
of this ferry for another two-year period in accordance with the provisions 
of the contract, and to furnish new insurance for the protection of the public 
under any operation of the ferry subsequent to 6:00 a. nm. January 1, 1943. 


A letter was presented from contractor Max J. Kuney requesting the 
termination of his contract No. 2517 for the construction of the Warn Springs 
River-'fill Creek Section of the Warm Springs Highway, in Wasco County. The 
ngineer advised that the Federal Government also has requested that the con- 
pletion of this job be postponed for th. duration of the war. Ve estimated 
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in Curry County, for use by Mr. J. F. Kronenberg of Bandon in the surfacing 
of an access road that Mr. Kronenberg is constructing from the Oregon Coast 

Yighway to certain counsy-owned timber lands. The County Court advised that | 
the road being improved by Mr. Kronenberg is partially on the county road i / 
system and that the surfacing of the entire road will benefit the county, 
inasmuch as it will provide access to county-owned property. In this connec- 
tion a letter was presented from Mr. Kronenberg submitting a statement of the 
amount of gravel already furnished him from this pit by the state's contractor, 
A. H. Saxton & Son, such material having been delivered to him in violation of 
the provisions of Mr. Saxton's contract with the state for the production of 
materials for maintenance of the Oregon Coast Highway. The Engineer advised 
that, according to state highway specifications, a highway contractor is pro- 
hibited from selling materials taken from any state-vwmed source unless it is 
by some special advance arrangement in order to accommodate « county ar 

a municipality, but in no case is he allowed to furnish materials to private 
parties. He also said that, when it was first brought to his attention that Mr. 
Saxton was selling materials to Mr. Kronenberg, he immediately notified the 
contractor to desist therefrom, in response to which notification Mr. Saxton i 
replied that he understood the state's ruling in the matter, nevertheless de- +9 
livered the material to Mr. Kronenberg as an emergency proposition, because . 
there was urgent need for the surfacing of the road at the time, in order to 
make it passable for the transportation of vital war materials. Mr. Saxton 
also agreed to pay the state for 623 cubic yards of pit-run gravel already 
delivered to Mr. Kronenberg at the rate of $0.03 per cubic yard. He requested 
instructions from the Commission whether or not to let Mr, Saxton deliver ad- 
ditional materials to Mr. Kronenberg for this project. 
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After discussion the Commission decided not to deviate from its 
present established policy which will not permit a contractor to deliver mate- 
rials to a private individual; however, stated its willingness to let the 
county have materials as may be needed for the improvement of the county road 
provided the county will pay the state $0.03 per cubic yard for the materials 
taken. The Commission is not particularly concerned as to who does the haul- 
ing of the materials but insists that any arrangement that is made for the 
taking of materials must be with the County Court and the materials must be 
used on a county project. 
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The Commission discussed a letter from Mr. John Franklin Reading 
with respect to the state's claim against him for damaging a traffic signal 
pole situate at the intersection of Fourteenth and Water Streets, in Oregon 
City. It appears that Mr. Reading fell asleep while driving his car and 
crashed into the pole, causing damage costing $72.00 to repair. Mr. Reading 
admitted the liability and stated his willingness to pay the full amount of 
the claim provided the Commission will allow him to make small payments month- ¥ 
ly rather than all at one time. The Engineer suggested, in view of the atti- } 
tude taken by Mr. Reading, that the state's claim be reduced 50 per cent and 
that he be allowed to pay the amount in twelve equa] installments. The Com- 
mission approved the suggestion. 
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A letter was presented from Mr. V. A. McNeil, District Chief of the 
Industrial Salvage Section, War Production Board, Portland, urging in behalf 
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and hospital service to state highway department employees. The Commission 
authorized the extension of the existing agreement with the National Hospital 
Association without change. With respect to the Physicians and Surgeons Hos- 
pital Association of Salem, the Engineer advised that this company has ef- 
fected a merger with the Multnomah Hospital Association, which also serves 
some of the state highway department employees, and hereafcer the merged com- 
panies will be known as the Oregon Physicians! Service. The new company, he 
said, desires to continue to render service to highway employees, as in the 
past, except that the rate has been raised from $2.00 to $2.50 per month per 
person. He recommended approval of the change-over because of advantages to 
be gained thereby, and particularly called attention to the fact that the 
Oregon Physicians' Service is approved and sponsored by the Oregon State hMedi- 
cal Society. The Commission approved the recommendation and thereupon signed 
an agreement with the Oregon Physicians' Service covering the entire matter. 


A letter was presented from Mr. Walter Meacham, Executive Secretary 
of the Old Oregon Trail Centennial Committee, requesting that a state highway 
department automobile be placed at his disposal for use in connection with his 
official duties, The Commission denied the request in view of the critical 
shortage of rubber and the necessity to conserve tires as much as possible, it 
being the thought of the Commission that there are other means of transporta- 
tion available that would serve the purpose. 


The Commission confirmed its oral approval of the renewal of its 
forgery bond with the American Bonding Company, such company having agreed to 
reduce the amount of its premium to that quoted by competing companies. This 
action of the Commission was taken in view of the fact that Mr. Jack Godfrey, 
who represents the American Bonding Company, has furnished valuable service 
to the state for many years in connection with forgery bond matters, 
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The Commission discussed a complaint from Mrs. A. E. Clark, ifilwaukie, 
Oregon, that the gravel pit which was acquired by the Commission from her, lo- 
cated in the vicinity of Clackamas Station, is being used by people as a dump- 
ing ground for rubbish, and that top soil from adjacent property belonging to 
her is washing into the gravel pit because of faulty slope protection, The En- 
gineer advised that the premises were inspected by Division Engineer W. C. 
Williams, who reports that someone has dumped a few empty cans into the pit 
but they are near the edge and can be covered readily by excavation from the 
bank so as to eliminate the unsightliness, and that it is his intention to 
see that they are covered up at once; further, that such inspection does not 
reveal soil washing of any consequence, Damage from water erosion is negligi- 
ble, he said, and is not of sufficient importance to require special remedial 
work. The fact of the matter is the banks of the gravel pit are rapidly be- 
coming covered with vegetation and within a short time will be stable so that 
no additional washing should occur. The Commission instructed the Engineer to 
erect appropriate signs at this pit prohibiting the dumping of rubbish therein 
and also ordered that Mrs. Clark be informed that efforts will be made to main- 
tain the pit in a sightly condition, 
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The Commission considered a letter from the Curry County Court, re- 
questing permission to obtain gravel from a state-owned gravel pit on Elk River, 


the proposed road as a federal aid secondary highway after the war is over, 
but is precluded from making a definite commitment to the project at this 
time, because the Commission's road construction activities are now limit- 
ed to access roads or roads that are essential in the conduct of war ac- 
tivities, 


A letter was presented from W. H. Lynch, District Engineer, Pub- 
lic Roads Administration, with respect to the request of the State Highway 
Commission for reimbursement, under the provisions of Section 10 of the 
Defense Highway Act of 1941, for damages caused to the Pacific Highway West 
by reason of war emergency hauling at Camp Adair. Mr. Lynch advised that 
he has received information from authorities in Washington, D. C., that the 
state's claim is not eligible for reimbursement under the provisions of 
the above-mentioned law, since the only substantial damage was apparently 
caused by private contractors’ equipment hauling material for the construc- 
tion of the army cantonment, and not by the Army directly. The Engineer 
advised that the repairs cost approximately $40,000, and that the state 
will have to assume the entire expense if it is not possible to secure the 
Federal funds, He was instructed to look into the law again and ascertain 
if there is some way in which the state can recover from the government, 
notwithstanding the information received from Mr. Lynch. 


A letter was presented from Mr. L. L. Gooding, Principal of the 
Freewater Schools, Freewater, Oregon, requesting the removal of certain 
stop signs that have been erected by the State Highway Department at the 
railroad crossings on the Oregon-Washington Highway, in Freewater, Mr. 
Gooding pointed out that all passenger trains along the railroads have 
been discontinued, and at the present time there are only one or two 
local freight trains daily on each railroad, so there is no apparent rea- 
son for traffic stopping before crossing the tracks as is now required. 
Ye urged the Commission to order the removal of the signs,as they are a 
great inconvenience to local people. The matter was discussed at consid- 
erable length, during which the Commission indicated a favorable attitude 
toward Mr. Gooding's request, but considered it inadvisable to remove the 
signs, because they were installed along with others pursuant to an of- 
ficial order which was made upon the petition of the Oregon Railroad As- 
sociation. The Commission was reluctant to modify this order unless the 
Oregon Railroad Association would consent thereto. The Engineer was 
thereupon instructed to discuss the natter with Mr. Yarold Turner, Sec- 
retary of the Oregon Railroad Association, and to secure, if possible, 
the consent of the Association to the removal of the signs. The Comuiis- 
sion also ordered that Mr. Gooding be advised of the Commission's action 
and the reasons therefor. The suggestion is also to be made to him to 


take the matter up with lr. Turner. 
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of Mr. Virgil Morris, La Grande, that the Highway Commission conduct snow re- 
moval operations on the road which extends from Halfway to the Cornucopia 
Mines so as to permit the salvaging of 400 tons of scrap iron and steel 
located at the mine. The Engineer advised that it would cost considerably 
more to keep the road open for travel than the value of the materials that 
will be salvaged. Furthermore, the Highway Department could not spare equip- 
ment and men to do this work without neglecting work on other highways which 
are of considerable more importance, It was his thought that the salvaging 
of the materials at the Cornucopia IMines could be deferred until next spring 
after the road has been opened by nature. The Commission concurred in the 
viewpoint of the Engineer and instructed the Secretary to so inform Mr. McNeil, 


Consideration was given by the Commission to a request from the Coun- 
ty Court of Benton County that the State Highway Department assume, for the 
duration, the maintenance of the Benton County portion of the Independence fhad 
from its junction with the Albany-Corvallis Highway at Granger to Camp Adair, 
in view of the fact that this road was improved by the state and that a sim- 
ilar arrangement is now in effect with Polk County for the maintenance of the 
Polk County Section of this road. The Commission approved the request and or- 
dered that the matter be covered by appropriate written agreement between the 
county and the state. 


The Commission discussed a letter from Peninsula Drainage District 
No. Two, Portland, pointing out the need for a road extending from Denver 
Avenue to Vancouver Avenue in order to take care of the large volume of traf- 
fic from the new tom of Kaiserville (Vanport) and to relieve traffic conges- 
tion on Denver Avenue. The Engineer advised that the proper way to relieve 
traffic congestion on Denver Avenue is to widen this thoroughfare to six 
lanes of traffic rather than to divert traffic; however, investigations that 
have been conducted do not reveal a justification for such improvement at the 
present time, It was his thought that the construction of the road proposed 
by the Drainage District is properly the obligation and responsibility of 
“ultnomah County, in view of which he recommended that the request be denied, 
The Commission approved the recommendation and instructed the Secretary to 
so inform the Peninsula Drainage D:‘strict. 
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The Commission also discussed a letter from the Peninsula Drainage 
District No. Two suggesting that the Gertz County Road, which is now routed 
to connect with Union Avenue north of Columbia Boulevard, be rerouted.to a 
connection with East Thirteenth Street, Portland, so as to do away with the 
present dangerous intersection at Union Avenue. The Engineer advised that 
there is no question that the present intersection is dangerous; however, in 
his estimation, the rerouting of travel to eliminate the same is a problem for 
the local auttrities. He suggested that the District be advised to contact 
the Board of County Commissioners of Multnomah County relative thereto. The 
matter was discussed at some length during which the Commission expressed its 
opinion that the elimination of this intersection might be of sufficient bene- 
fit to the state to justify a state contribution toward the expense involved, 
The Secretary was instructed to inform the District of the Commission's atti- 
tude and to advise further that, because of the prospective benefits to the 
state, the Commission is willing to give consideration to the construction of 


the public to such points, The Engineer was instructed to convey such infor- 
mation to Mr, Irving C. Allen, City Attorney of Seaside, who presented the re- 
quest in behalf of the Kiwanis Club. 


The Commission had under discussion the application of the Eugene 
Plywood Company for permission to operate two high-line cables over the Mc- 
Kenzie Highway near Nimrod, in Lane County, as a temporary proposition in con- 
nection with the reconstruction of its bridge over this river, which was 
recently damaged by high water, The Engineer advised that investigations re- 
yeal that one of the cables is to be used for conveying men and supplies and 
the other is to be used in connection with bridge repair work; that the com- 
pany wants to use these as a temporary proposition and has agreed to remove 
them immediately upon completion of the bridge work, which they state will 
not take longer than a couple of months. He recommended approval of the re- 
quest subject to the condition that the cables be installed to his satisfac- 
tion from an engineering standpoint, that the company maintainsa flagman on 
each side of each cable while the cables are in use, and furnishes public 
liability and property damage insurance for the protection of the Commission 
and the general public in the event an accident should occur. The Commission 
approved the recommendation. 


The Secretary presented a report on violations committed by carri- 
ers who are operating under emergency transportation permits. He was instruct- 
ed by the Commission to continue the present practice of warning such viola- 
tors that if they persist in loading their equipment in excess of the gross 
weights allowed by their permits the Commission may find it necessary to can- 
cel the permits. 


The Secretary also presented a list of overweight violations com- 
mitted by log haulers. He was instructed to send a complete list of the same 
to Mr. Orville R.tiiller, President of the West Coast Lumbermen's Association, 
and to notify violators that the Commission may find it necessary to reinstate 
the penalty which provides for the suspension of their equipment in the event 
they continue to load their equipment in excess of the prescribed weight lim- 
its. 


The Commission discussed a news release from the National Roadside 
Council with respect to the salvaging of metal in billboards for use in con- 
nection with the national defense program. The National Roadside Council of- 
fers the suggestion that the owmers of the metal signs be contacted relative 
to the scrapping of the signs in view of the fact that the metal is sorely 
needed in the government's scrap pile, and because in its estimation the signs 
are of very little value since highway travel has been greatly curtailed be- 
cause of wartime regulations, The Commission approved the suggestion and au- 
thorized the Engineer to remove the signs if written permission so to do can 
be obtained from the owners of the signs. It was the thought of the Commis- 
sion that the owners' consent should be obtained by the Oregon Roadside Coun- 
cil, and accordingly ordered that the matter be brought to the attention of 
such organization, with information to the effect that the Highway Commission 
will authorize its forces to perform the work of demolishing the signs and 
billboards at state expense and will transport the salvaged materials to the 


A letter was presented from Grant Union High School, John Day, re- 
questing permission to store a school bus in the highway department's mainten- 
ance building at Seneca at nighttime during the school year, It appears that 
neretofore storage syace for the bus has been furnished by the Hines Lumber 
Company which is not now able to provide storage facilities in view of the ex- 
pansion of {ts business, and under present conditions it is impossible for the 
school district to obtain materials with which to construct a garage of its 
own. The Engineer advised that the maintenance foreman, who is in charge of 
the highway buildings at this place, has assumed in writing the responsibility 
for tools, materials and supplies that are stored in the building and in his 
estimation he could not be held responsible for loss if outside parties were 
permitted access to the building. He also pointed out the possibilities of 
fire that might be caused by the shorting of electrical connections in the 
bus, and in this connection advised that the wiring in the highway department 
equipment is constantly checked as a precaution against the creation of fires 
by faulty wiring. It was his thought that the granting of the request in this 
instance would establish an undesirable precedent which might prove costly as 
well as very embarrassing to the Commission in the disposal of similar requests 
in the future. He recommended in view of these reasons that the request be 
denied, After discussion the Commission approved the recommendation and in- 
structed the Engineer to explain fully to the School District the reasons that 
motivated its action. 


The Commission discussed and denied as a matter of policy a request 
from Mrs. E. J. Armbruster, Portland, and others, for permission to erect and 
maintain a waiting room on the Canyon Road (Wolf Creek Highway) in West Port- 
land, where Bentz Park Drive and Crest Dale Drive intersect, for the benefit 
of some fifty families who patronize the busses that operate on Canyon Road. 
It was the thought of the Commission that the granting of this request would 
establish a very undesirable precedent. 


Consideration was given by the Commission to the request of the Sea- 
side Kiwanis ‘lub for permission to erect and maintain "lift stations" on the 
right of way of the Oregon Coast Highway in the vicinity of Seaside as an ac- 
commodation to men in the armed service; also to maintain appropriate signs at 
selected points along the highway calling public attention to such stations, 
They propose to construct a type of shelter for the men as a protection from 
the weather, with three or four signs on each side of each station. It was 
the opinion of the Commission that the maintenance of such shelters on the 
highway right of way would be a deviation from its long established policy 
which does not permit encroachments of any kind upon highway rights of way. 
Furthermore, it would establish an undesirable precedent. In view thereof the 
Commission denied the request; however, agreed, if the Kiwanis Ulub would build 
the shelters off the highway right of way under permit or easement from the 
property owners, to construct approaches to them so traffic could turn off the 
ighway to pick up the servicemen without incurring a traffic hazard. The Com- 


mission approved the temporary maintenance of the signs on the highway directing 


project was that submitted by the Tru-Mix Concrete Company, Medford, 
in the amount of $133,416.20. The Commission refers this bid to the 
Engineer with power to award the contract to the Tru-Mix Concrete 
Company when certain conditions have been fulfilled. 


"Zolo-Camp White Access Road Project, in Jackson County. 2.65 
miles grading, surfacing and oiling; also construction of 57 feet 
of timber trestle. Tru-Mix Concrete Company, Medford, submitted 
the only bid for this project in the amount of 949,025.60. The Com- 
mission refers the bid to the Engineer with power to award the con- 
tract to the Tru-Mix Concrete Company when certain conditions have 
been fulfilled. 


“Crescent Rock Production Project on The Dalles-California 
Highway, in Klamath County. No bids were received on this project. 


"Chemult 4ock Production Project on The Dalles-California and 
Willamette Highways, in Klamath County. No bids were received on 
this project. 


"Trent-Salt Creek Falls Rock Production Project on the Willam- 
ette Highway, in Lane County. No bids were received on this project. 


"Flight Strip Project (Southwest Boardman), in Morrow County. 
Four bids were received for this project, the low one being that of 
E. C, Hall Company & J. C. Compton, Eugene and McMinnville, in the 
amount of #290,785.00. The second-low bid was submitted by Porter 
W. Yett, Portland, in the amount of $330,055.00. The Commission 
refers all bids to the Engineer with power to award the contract 
to E. C. Hall Company & J. C..Compton when certain conditions have 
been fulfilled, 


"Nye Junction-Grant County Line Rock Production Project on the 
Pendleton-John Day Highway, in Umatilla County. The only bid re- 
ceived for this project was that submitted by 0. ©. Yocom, McMinn- 
ville, in the amount of .$71,115.00. The Commission awards this con- 
tract to Mr. Yocom at his bid of $71,115.00. 


"Rock Creek-Joseph Rock Production Project on the Wallowa Lake 
Highway, in Wallowa County. No bids were received for this project. 


Sale of residence buildings in North Bend: 


"Building No. 9560. Formerly owned by J. H. Tewsley. No bids 
were received for this building. 


"Building No. 9499. Formerly owned by John Sandir.. The only 
bid for this building was submitted by G. Gilbertson, Jarshfield, 
in the amount of #20.00. The VYommission considers this bid satis- 
factory and. accordingly sells the building to Mr. Gilbertson at his 
bid of 920.00. 
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nearest county salvage depot if the Oregon Roadside Council will secure writ- 
ten releases from the owners of the signs and from the owners of the property 
on which the signs are located, 


Consideration was given by the Commission to a letter from the Cor- 
vallis City Engineer, Mr. V. L. Goodnight, requesting help-from the State Vigh- 
way Department in the removal of snow from Mary's Peak Road, which extends 
northerly from the Alsea Highway to Mary's Peak, a distance of some ten miles, 
Mr. Goodnight advises that travel over this road must be maintained during the 
winter months for the benefit of airplane spotters who operate from a lookout 
tower located at the top of the mountain, and for the benefit of telephone 
linemen in the maintenance of telephone circuits to the lookout station, and 
for the watchmen engaged to protect the Corvallis watershed; also that the 
City of Corvallis is not equipped to do the work but has funds avrilable with 
which. to reimburse the state for expense incurred if the state wil? keep the 
road open. The Engineer advised that the State Highway Department aoes not 
have personnel and equipment that could be assigned to this project; further- 
more, in his estimation it is a matter that Benton County should handle if the 
City is unable to take care of it itself. He recommended that the request be 
denied, The Commission approved the recommendation. 


he Commission recessed at 12:00 noon and reconvened at 2:00 p. m. 
in the same room with the same persons present and participating. 


The Secretary presented three proposals from McNutt Brothers on jobs 
for which bids were opened at the morning session, having been received sev- 
eral hours after the scheduled time for tne receiving of such bids, It was 
the decision of the Commission that these bids could not be considered because 
they were not submitted at the proper time. The Secretary was thereupon in- 
structed to return them to McNutt Brothers unopened, 


At 23:30 p. m. Chairman Cabell announced the awards of contracts and 
sale of buildings in North Bend, as follows, bids for which were received by 
the Vommission at the morning session, the awards and sales having previously 
been approved by the Commission by unanimous vote: 


"Richland-Halfway Rock Production Project on the Baker—Homesteai 
and Halfway Highways, in Baker County. No bids were received for 
this project. 


"Ochoco Summit Rock Production Project on the Ochoco Highway, 
in Crook and Wheeler Counties. No bids were received for this proj- 
ect. 


"Buchanan Rock Production Project on the Central Oregon Highway, 
in Harney County. Oscar E. Joelson, Sugene, submitted the only bid 
for this project, in the amount of $23,500.00. The Commission awards 
this contract to Mr. Joelson at his bid of $23 , 500.00, 


"Evans Creek-Sams Valley Access Road Project, in Jackson County. 
8.3 miles grading and surfacing. The only bid received for this 
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was constructed i.. the wrong place. Furthermore, some of the Troy fences 

were covered up by highway embankment construction and have never been re- 

built, and the Troys are also complaining because of the blocking of certain 

culverts and the changing of drainage ditches so that water no longer flows 

in its natural channel. Miss Troy, he said, will not suggest any manner of 

settlement other than on the basis of the price of $3,000 which was contained yy 
in the original option given the state when the state purchased the right of : 
way for the highway improvement, which right of way has not been paid for up Lh 
to the present time. 


The Attorney advised that he could not reach an agreement with the 
Troys for the right of way, so it was necessary to acquire it by condemnation 
and that his offer for the same in condemnation was $1,500. He quoted from a 
letter directed to Commissioner Oliver by Division Engineer Paul Van Scoy in 
which Mr. Van Scoy estimates that it will cost about $300 to repair the damage 
to the Troy property exclusive of the damage that occurred to the residence 
building, and a few other little items that he did not believe concerned the 
state. The Engineer gave as his thought that the state is not responsible for 
all 6f the damage that occurred. He suggested, in order to bring this matter 
to a final conclusion, that the Commission offer to settle in full for $2,500, 
and let the Troys assume the responsibility for repairing their property. 


Division Engineer W. C. Williams, who had charge of highway work in 
Baker County at the time the highway was rebuilt across the Troy property, was 
called into the conference. He advised that the approach road from the Troy 
property to the highway was constructed in a location specified by the Troys, 
notwithstanding that he vointed out to them at the time that the location was 
wrong, and the Troys offered no objections whatsoever until the road was built. 
As to the damage caused by blasting, he stated that he inspected the Troy 
property after the blasting and observed that very little damage was done; in 
fact there couldn't have been much damage because the contractor did very 
little blasting; furthermore, the contractor did everything that he was asked 
to do in repairing this damage. 


After further discussion the Commission decided unanimously, in or- 
der to terminate this controversy, to offer the Troys the sum of 42,500 as 
payment in full for their claim, both right of way and damages, provided they 
will sign a statement releasing the state from further obligation in connec- 
tion therewith. This offer was telephoned to Miss Troy's attorney, lir. Grant, 
by Commissioner Oliver who advised that Mr. Grant appeared to be satisfied 
with such settlement and would endeavor to secure approval by the Troys. The 
Commission instructed the Attorney to make further presentation of the offer 
in writing. 


The Attorney presented a damage claim submitted by Mr. Ernest Mu. 
Dyson, Scappoose. He explained that Mr. Dyson is asking reimtursement for 
expense incurred as a result of driving his car into the concrete curb along 
the west side of the Lower Columbia River Highway, in Scappoose, and that he 
alleges that the state is liable because the curb was not properly lighted so 
as to be clearly visible by traffic at nighttime. The Engineer advised that 
investigation reveals that this accident occurred at a point where the highway 
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“Building No. 9518, formerly owned by P. M. Ross, and Building 
lio. 9521, formerly owned by K. Horn. M. Jorgenson, Marshfield, sub- 
mitted a combination bid for both of these buildings at $50.00 lump 
sum. The Commission rejects this offer. 


"Building No. 9486-D. Formerly owned by Coos County. Clarence 
S. “ilson, North Bend, submitted the only bid for this building in 
the amount of 35,00. The Commission considers this bid satisfactory 
and accordingly sells the building to Mr. Wilson at his bid of $5.00. 


"Building No. 9646. Formerly owned by A. M. Haley. No bids 
were received for this building." 


The Engineer requested authority to spend state funds in connection 
with certain extra work to be performed by the contractor in connection with 
the Swan Island Access Road Project, which work consists of the construction 
of traffic dividers that were not included in the original plans for this 
project. He estimated the cost involved at between $1,000 and $2,000, and 
advised that the contractor has stated his willingness to do this work under 
a special price agreement provided he is permitted to do it at once, He ex- 
plained tiat there is an apparent shortage of federal funds with which to pay 
for this work, so if the traffic dividers are to be constructed now the work 
will have to be paid for with state funds because it would take too long to 
secure approval for additional federal funds. He recommended approval of the 
expenditure in order to expedite completion of the project, notwithstanding 
that the road in question is not on the state highway system, After discus- 
Sion the Commission authorized an expenditure of not to exceed $2,000 for this 
purpose, 


The Commission discussed a request from the Southern Pacific Company 
for permission to obtain rock from a state-owned quarry near Klamath Falls for 
use in connection with the construction of a dike in Upper Klamath Lake adja- 
cent to the company's property at Algoma. The Engineer recommended approval 
of the request provided the company will pay $0.03 per cubic yard for material 
taken and provided further that the company will furnish the state with public 
liability insurance as protection in the event someone were injured during the 
progress of the company's operations on the state's property. The Commission 
approved the recommendation subject to the conditions mentioned by the Engi- 
neer and ordered that the matter be covered by written agreement between the 
company and the state. 
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Reconsideration was given by the Commission to the Troy controversy 
in Baker County, being a claim for damaged arising out of the reconstruction 
of the Troy Ranch Section of the Old Oregon Trail. Commissioner Oliver ad- 
vised that he personally inspected the Troy property and found conditions to 
be substantially as previously reported by Miss Troy and her attorney, Mr. 
Grant, of Baker; in fact, the house shows evidence of having been severely 
jarred, the plaster being badly cracked and the cellar has caved in. The 
Troys, he said, allege that all of this damage occurred by reason of blasting 
operations by the state's contractor. He said that he also inspected the ap- 
proach from the Troy property to the highway and in his estimation the approach 
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The Parks Superintendent, Mr. S. H. Boardman, was present and re- | 
ported personally on the following park matters: 


Logging road easement across Neahkahnie Mountain State Park:- 
The Parks Superintendent advised that Koppisch and Donelson, loggers 
of Astoria, have submitted a petition for a roadway easement across 
state property located in the SW3 of the SW; of Section 17, Township 
3 North, Range 10 West, W. M., Tillamook County, in order to reach 
certain timber holdings which they own east of the state's property; 
and that they have also declared a desire to purchase the timber 
growing on the SW> of the SWE of Section 17, which tract is a unit 
of Short Sand Beach State Park. He explained that on account of the 
terrain it will be necessary for the loggers to construct their road 
way across property belonging to Mrs. S. G. Reed before they enter 
the state's property, and that they petitioned lirs. Reed for a road- 
way lease which was denied because iirs. Reed was fearful that they 
would not build the road in the proper location and that they would 
severely damage her property. Mrs. Reed, he said, has offered to 
give the state a 60-foot right of way for a park roadway across her 
property if the state wants it and will survey the road and super- 
vise construction of the same by the loggers in order to eliminate 
any possibility of dispoilation. He recommended that the Commission 
secure the right of way from Mrs. Reed at this time, so as to con- 
trol the location of the logging road, if the Commission authorizes 
the construction of the same. The Commission approved the recom- 
mendation and also approved the granting of an easement to Koppisch 
and Donelson to construct its roadway along the same and across the 
existing state park, provided it is built ina location that meets 
the approval of the Commission and that the approaches to the high- 
way are so constructed that loads of logs may be driven onto the 
highway without causing an undue hazard to the highway traffic. The 
Engineer was authorized and instructed to pass on this feature. 


The comvany's request to purchase the timber on the SW of the 
SW+ of Section 17 was denied by the Commission because this property 
was deeded to the state as a gift by Mir. and Mrs. Reed for recrea- 
tional purposes, and the Commission considered if it sold the timber 
it would be violating the motive of the gift. 


Timbered wayside strips in Curry County:-The Parks Superintend- 
ent recalled that the Commission at the previous meeting authorized 
the purchase of 614 acres of land adjacent to the Oregon Coast High- 
way, in Curry County, from Mr. Elmer Bankus for the sum of #,000. 
He advised that since then the descriptiormsof the properties have 
been checked and it has been found that they contain only 610 acres, 
and include 60 acres that are of no particular value from the state 
parks' standpoint. Mr. Bankus, he said, has agreed to the elimina~ 
tion of such acreage from the transaction and to allow the Commis- 
sion a credit of $300 for one 40-acre tract and 9150 for the other 
tract which contains 20 acres; in other words, it is agreeable with 
Mr. Bankus to sell the balance, 550 acres, to the state for the sum 
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changes from two traffic lanes to four traffic lanes, but there is no curvature 
in the highway alignment and there is absolutely no reason for an accident to 
occur at this point if the car were driven at a moderate rate of speed and were 
under control, particularly if all wheels of the car were on the pavement. It 
appeared to him that Mr. Dyson's accident occurred as a result of carelessness 
and accordingly recommended that his claim be denied. The Attorney concurred 
therein. The Commission approved the recommendation. 


The Engineer reported the need to purenase four additional, three- 
quarter horse power, air compressors in order to keep truck tires properly in- 
flated. These compressors, he said, are for use at Ochoco Summit, Lapine, 
Seneca, and Snake River Slides maintenance stations and will cost approximate- 
ly #125 each. The Commission approved the purchase. 


The Engineer also requested authority to purchase from contractor 
C. A. 4“unn 4,930 cubic yards of maintenance materials in order to fill up the 
stock piles that are located in the vicinity of the gravel pit which Mr. Dunn 
is now using in connection with the construction of a flight strip in Lake 
County. He estimated the cost of this material at $12,000 and recommended ap- 
proval of his request, because lir. Dunn is able and willing to furnish this 
material under his present setup, whereas, if the Commission advertised the 
project for bids, it very likely would go begging because contractors, under 
the present wartime conditions, are not particularly interested in projects 
of this kind. After discussion the Commission approved the purchase of these 
materials from Mr. Dunn as an extra nonparticipating item in connection with 
his contract with the Commission for construction of the Alkali Lake Flight 
Strip. 


The Commission discussed matters pertaining to the Front Avenue 
Project, Portland, particularly the question whether or not to continue negotie- 
tions for purchase of right of way in view of the fact that the City of Port- 
land is running short of funds with which to contribute its share of the costs 
involved. The Comnission went on record as favoring tue continuance of the 
purchase of right of way on both sides of the Willamette River to the extent 
of the City's ability to pay its agreed cooperative share. When the City's 
funds are exhausted then the matter of financing the purchase of the remaining 
parcels is to be discussed with the city officials. Chairman Cabell was au- 
thorized to confer with the city officials in regard thereto. Pending further 
notice, the Right of Way Department was instructed to continue with right of 
way negotiations. 


The Assistant Attorney requested instructions relative to the pur- 
chase of fire insurance covering certain buildings that have been acquired in 
connection with the Front Avenue improvement on the east side of the Willam- 
ette River, in Portland. He advised that the buildings were covered by insur- 
ance when they were acquired by the state and the Portland city officials feel 
that the insurance should be renewed. The Commission authorized the renewal 
of this insurance, if that is in accordance with the desires of the City; and 
the payment of 40 per cent of the premium with state funds, which is the per- 

ntage the state is paying in connection with the purchase of the property. 
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these areas if the other members of the Commission want them, The 19 
matter was discussed at considerable length and as a result thereof te 
the Right-of-Way Department was instructed to again contact the own- 

ers of each tract and obtain a definite figure as to how much they 

now want for each. The Commission will make its decision when the 

report is rendered and will then decide whether or not to purchase ie 
the areas, considering what the Highway Department's income will be \ 
during the next three or four months. \ 


Silver Creek Falls CCC Camp:-The Parks Superintendent reported 
that the Federal Government has conveyed to the State of Oregon as 
a direct gift the Silver Creek Falls CCC Camp and facilities, com- 
prising 32 buildings. He recommended acceptance of this gift in 
view of its desirability to house future CCC personnel, and because, 
in any event, the buildings can be used to good advantage for recre- 
ational purposes. The Commission approved the recomnendation. 


. Wayside strips along the Wilson River Highway:-The Parks Super- 
intendent requested instructions with regard to the acquisition of 
wayside strips along the Wilson River Highway between Fall Creek and | 
Jordan Creek. He particularly pointed out that, when the right of 3 
way for this highway was acquired from the Weyerhauser Timber Com- 
pany, the company on its own account deeded to Tillamook County 
about 1,000 acres of wayside land, it being understood at the time 
that, at the expiration of a period of five years, Tillamook County 
would deed this property to the State of Oregon, and a written agree- 
ment covering the matter was made between the county and the state. 
This agreement, he said, was dated February 19, 1938; hence the 
five-year period terminates on February 19, 1943. It was iis thought / 
that the matter should be called to the attention of the Tillamook . 
County Court and a deed requested. The Commission concurred and : 
thereupon instructed the Attorney to handle the details with respect 
thereto. - 
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Joseph Ralston Memorial at Cascadia State Park:-The Parks Super- 
intendent presented a request from W. L. Jackson of the Albany Demo- 
crat-Herald, Albany, for permission to erect a monument on the Santi- 


am Highway in the vicinity of Cascadia State Park, in memory of the if 
late Joseph Ralston of Albany, who was prominently identified and a 
who took an. outstanding part in the promotion of this highway. He | 


said that the monument has been prepared and is ready for erection 
and all that is needed is the approval of the Highway Commission to 
erect it on the highway right of way. He recommended approval of 
the request. The Commission approved the recommendation. 


John Day Highway fossil area:-The Commission discussed briefly “4 
with the Parks Superintendent matters pertaining to the establish- bt 
nent of a state recreational area in the John Day Valley near Pic- BE 
ture Gorge where prehistoric fossils abound. The Commission indi- ef 
cated a favorable attitude toward the acquisition of this property 
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of $8,550. The Comission approved such deduction and authorized 
the closing of the transaction on such basis. The lands being pur- 
chased are described as follows: 


SE} of the Sti of Sec, 33, T. 38S., R. 14 We, We Me 

Lots 5, 11, 12 and 14 of Sec. 19, T. 40 S., R. 13 W., W. M. 

NS of the NWZ of Sec. 1, T. 40 S., R. 14 W., We M. 

ES of the SWi and the We of the SEL of Sec. 12, T. 40 S., 
R. 14 W., W. M. 

NES of the NE} of Sec. 25, T. 40 S., R. 14 W., W. Me, ex- 
cept the SES of the NE+ of the ned of said section, 

S$ of the NW of the NEL of Sec. 25, T. 40S., R. 14 W., Wed. 
All that portion of the SW of the NE} of Section 25, 7.40 S., 
R. 14 W., W. M., that lies north and west of the northerly 

right of way line of the Oregon Coast Highway. 
SEX of the NEt of Sec, 25, T. 40 S., R. 14 W., We Me 
Containing 550 acres of land, more or less. 


Proposed purchase of timbered wayside strips along Pendleton- 
John Nay Highway:-The Parks Superintendent brought up for reconsider- 
ation the matter of acquiring timber wayside strips along the 
Pendleton-John Day Highway, between Dale Ranger Station and the 
junction of Camas Creek with the John Day River. He explained that 
there are four different owmerships involved, being lands owned by 
the Pilot Rock Lumber Company, George E. Carnes, H. B. Longley and 
Dora Tomes; also, that the matter has been under consideration for 
Some three years, options at one time having been secured, but, due 
to depletion of funds that were set up for purchase of recreational 
areas and because of the war situation, the Commission decided not 
to purchase tie property at that time, but agreed to reconsider the 
matter in 1942. He further recalled that he again brought the mat- 
ter to the attention of the Commission on January 21, 1942, when the 
Commission deeided to defer purchase because of the uncertainty of 
funds and it then being the thought of the Commission that funds 
should not be spent for purchase of park areas due to wartime condi- 
tions. He stated that he is bringing the matter up at this time 
with the thought in mind that the Fighway Department's financial 
situation might be in better shape and that there might be suffici- 
ent funds on hand at the close of the year that could be applied to 
this purchase. He said that if the Commission cannot see its way 
clear to purchase all of the strips it should give very careful con- 
sideration to the purchase of the tract owned by the Pilot Rock Lum- 
ber Company, in view of the fact that this company consented to hold 
off the marketing of the timber on its tracts until such time as the 
Commission had funds to purchase them. Commissioner Oliver gave as 
his thought that the purchase of the property would be most desirable 
from a wayside timber recreational standpoint, also that to his know- 
ledge timber on properties surrounding the area is now being cut, 
and if the proposed wayside strips are not acquired by the state soon, 
the probabilities are that the timber will be cut on them also. Con- 
missioner Clough stated that he would not oppose the purchase of 
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was due to adverse weather conditions, shortage of skilled labor 
and materials, and to war conditions which made it difficult to 
secure shipment of materials to the job and to obtain necessary 
equipment and repair parts for the same. The Engineer advised 

that the reasons given by the contractor for overranning the speci- 
fied time limit are correct; further, that the most serious trouble 
that the contractor experienced was his controversy with the Labor 
Union on other jobs, which prevented completion of such porojects 

in time to get started on this one. The general traveling public, 
he said, has not been greatly inconvenienced by the delay, because 
it has had the use of the old highway at all times. He recommended, 
in view of the circumstances, that the extension of time requested 
be granted without penalty. A letter was presented from the Publis 
Roads Administration concurring therein. The Commission approved 
the recommendation. 


Roy L. Houck, contract No. 2396, for grading and paving the 
Scappoose-Multnomah County Line Section of the Columbia River High- 
way, in Columbia County, requested an additional extension of time, 
from July 1, 1942, to September 26, 1942, within which to complete 
this job, He attributed his failure to complete the project within 
the extended time limit to war-time conditions which made it diffi- 
cult to secure labor, transportation of materials, and the securing 
of equipment and repair parts. The Engineer advised that the reasons 
given by the contractor for the overrun of time limit are substan- 
tially correct. He recommended, in view of the circumstances, that 
the extension of time requested be granted without penalty. A let- 
ter was presented from the Public Roads Administration concurring 
therein. The Commission approved the recommendation, 


Frank Penepacker, contract No. 2412, for grading the South Unit 
of the Algoma-lerminal City Section of The Dalles-California Highway, 
in Klamath County, requested an additional extension of time, from 
the spring of 1942 to September 14, 1942, within which to complete 
this job. He attributed his failure to complete the project within 
the specified time limit to traffic conditions at the south end of 
the project, it being considered by all concerned that it would be 
to the best public interests if the connection with the old highway 
at this point were delayed until the surfacing and oiling was com- 
pleted on the entire realignment project between Algoma and Terminal 
City. The Engineer advised that the reasons given by the contractor 
for overrun of time limit are correct; further, that highway traffic 
has not been held up by the delay, neither has the state incurred 
extra expense in connection therewith. He recommended, in view of 
the circumstances, that the extension of time requested be granted 
without penalty. A letter was presented from the Public Roads Ad- 
ministration concurring therein. The Commission approved the rec- 
ommendation, 


Leonard & Slate, contract No. 2446, for grading and surfacing 
the Dixie Summit Section of the John Day Highway in Grant County, 
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for scientific as well as recreational purposes, but deferred a def- 
inite decision in regard thereto pending personal inspection of the 
property by Commissioner Oliver and the Parks Superintendent to de- 
termine the limits of the area that should be acquired and to ascer- 
tain generally just what is wanted. 


The Engineer presented a list of surveys that he has ordered since 
the last meeting of the Commission and asked the Commission to confirm them 
and the amounts allocated for each. After due consideration the Commission 
authorized and instructed the Engineer to make such surveys on various sec- 
tions of the highways of this state, which said sections of highways, together 
with their identifying survey numbers and the amounts authorized and allocated 
for such survey expenditures, are as follows: 


Tyve of Prefix 
Survey No. County Section and Highway Authorization 
planted _ En = n>. JF ae ee A hte eran ost A: Soh tine 2 este 


Location 215-1443 Jackson Evans Creek-Sams Valley Sec- Ist - 33,720 
tion, Evans Valley Road 


Plans 122-1453 Linn Cottonwood Cormer-Sanderson lst - % 100 
Pridge Section, Albany-Lyons 
Secondary Yighway 


Plans 18-1464 Klamath Barclay Springs-Algoma Section, lst - $ 500 
The Dalles-California Highway 

Plans 22-1454 Linn Approach Road to State Park, lst - $ 750 
Santiam Highway 

Boundary 6-1431 Coos Simpson Park Section, Cape lst - $ 700 
Arago Secondary Highway 

Plans 22-1455 Linn Albany Airport Section, lst - $ 75 
Pacific Highway East 

R/T 27-1417 Polk West Anproach-‘fillamette Riv. 2nd - $ 100 
Bridge, Salem—Dallas Highway Total to date 

$200 
Prospect 7-1420 Crook Ochoco Forest Section, Ochoco lst - § 200 


Highway 


The Commission considered the following requests for extensions of 
time within which to complete highway construction projects; 


Roy L. Houck, contract No. 2366, for grading and paving the 
Rice 4ill-Turkey ¥ill Section of the Pacific Highway in Douglas 
County, requested an extension of time from July 31, 1941, to Sep- 
tember 9, 1942, within which to complete this job. He alleged that 
his failure to complete the project within the specified time limit 
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and difficulties incident to war-time priorities. The Engineer ad- 
vised that the reasons given by the contractor for overrunning the 

time limit are correct. He recommended that the extension of time 

requested be granted without penalty. A letter was presented from 

the Public Roads Administration concurring therein. The Commission 
approved the recommendation. 


Frank Penepacker, contract No. 2491, for grading the Grave 
Creek-Jumpoff Joe Creek Section of the Pacific Highway, in Josephine 
County, requested an extension of time from May 31 to September 12, 
1942, within which to complete this job. He gave the following 
reasons for failure to complete the project within the specified 
time limit: adverse weather conditions, difficulty in securing re- 
pair parts for equipment and steel materials for construction work 
because of a low priority rating, difficulties in securing labor 
because of labor requirements in connection with the construction 
of the Medford and Corvallis cantonments. The Engineer advised 
that the reasons given by Mr. Penepacker for failure to complete 
the project within the specified time limit are correct. He rec- 
omnended, in view of the circumstances, that the extension of time 
requested be granted without penalty. A letter was presented from 
the Public Roads Administration concurring therein. The Commission 
approved the recommendation. 


E. L. Gates, contract No. 2500, for grading and topping the 
yieadox Brook Section of the Starkey Secondary Highway, in Union 
County, requested an extension of time from October 15, 1941, to 
October 3, 1942, within which to complete this job. He alleged 
that the delay in completing the project was due to unfavorable 
weather conditions and to inability to obtain necessary equipment. 
The Engineer advised that the reasons given by the contractor for 
overrun of the time limit are correct. He recommended that the 
extension of time requested be granted without penalty. The Com- 
mission approved the recommendation. 


Jud Beardsley, contract No. 2508, for making repairs to the 
Vista House, on the Columbia River Highway, in Multnomah County, 
requested an additional extension of time from October 31, 1941, 
to October 16, 1942, within which to complete this job. He alleged 
that he was unable to complete the project within the specified 
time limit because of adverse weather conditions and because the 
amount of work performed was more than double that called for in 
the contract. The Engineer advised that unexpected difficulties 
were encountered by Mr, Beardsley in connection with the work, which 
made it necessary to increas by a considerable amount the repair 
work contemplated. Such work consisted of waterproofing the roof 
and walls, which could not be done during the winter season, and 
accordingly he was instructed to close down the work until suitable 
weather obtained during the past sumer. He recommended, in view 
of the circumstances, that the extension of time requested be grant- 
ed without penalty. The Commission approved the recommendation. 
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requested an additional extension of time from July 15 to Septem- 
er 12, 1942, within which to complete this job. They alleged that 
their failure to complete the project within the specified time 
limit was due to war-time conditions » and particularly to difficul- 
ties in securing a priority rating which would allow them to secure 
ne necessary repair parts for their machinery, and materials required 
2 in the construction work. The Engineer advised that the reasons 
given by the contractor for failure to complete the job within the 
specified time limit are correct and recommended, in view of the 
circumstances, that the extension of time requested be granted with- 
out penalty. A letter was presented from the Public Roads Adminis- 


tration concurring therein. The Commission approved the recommenda- 
tion. 


A. lfilne, contract No, 2451, for grading, surfacing and oiling 
the Long Creek-Fox Section of the Pendleton-John Day Highway, in 
Grant County, requested an additional extension of time from June 30 
to August 19, 1942, within which to complete this job. He gave the 
following reasons for failure to complete the project within the 
previously extended time limit: inability to secure repair parts 
when needed and difficulties in securing labor. The Engineer ad- 
vised that the reasons given by the contractor for failure to com- 
plete the job within the specified time limit are correct. He rec- 

mnended, in view of the circumstances, that the extension of time 
requested be granted without penalty, particularly because the de- 
lays were caused largely by war-time conditions. A letter was pre- 
sented from the Public Roads Administration concurring therein. The 
Commission approved the recommendation. 


Roy L. Houck, contract No. 2457, for grading and paving the 

3 Clackamas Overcrossing Section of the Cascade Secondary Highway in 

é Clackamas County, requested an extension of time from October 15, 

: 1941, to November 14, 1942, within which to complete this job. He 

attributed his failure to complete the project within the specified 
time limit to war-time conditions which made it difficult to secure 
labor, materials and supplies; also, to adverse weather conditions 
during 1941. The Engineer advised that the reasons given by the 
contractor for overrunning the time limit are substantially correct, 
and that the delay without question was the result of conditions 
which he could not anticipate or control. He recommended, in view 
of the circumstances, that the extension of time requested be granted 
without penalty. A letter was presented from the Public Roads Admin- 
istration concurring therein. The Commission approved the recommen- 
dation. 
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Leonard and Slate, contract No. 2467, for grading, surfacing 
and construction of bituminous macadam on the Canyon Creek-Pryant 
Hill Section of the Santiam ¥ighway, in Linn County, requested an 
» extension of time from July 31, to October 15, 1942, within which 
e to complete this job. The attributed their failure to complete the 
, project within the specified time limit to adverse weather conditions 
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time. Due to the fact that war-time conditions had much to do with 
the delay, he recommended that the extension of time requested be 
granted without penalty. A letter was presented from the Public 
Roads Administration concurring therein. The Commission approved 
the recommendation. 


Parker-Schram Company, contract No. 2554, for paving the Sun 
Dial Secondary Highway, in Multnomah County, requested an extension 
of time from February 24 to October 25, 1942, within which to com- 
plete this job. They attributed their failure to complete the proj- 
ect within the specified time limit to adverse weather conditions 
and to war-time conditions which made it difficult to secure neces- 
sary emulsified asphalt. The Engineer advised that the reasons 
given by the contractor for failure to complete this job on time 
are correct, and that he personally asked the contractor to defer 
the placing of the final seal coat until later in the year, So as 
to allow time to repair certain broken sections that were rushed 
throuzh to completion under adverse conditions. We further stated 
that the travelin, public was not inconvenienced to any reat ex- 
tent by the delay; neither has the state incurred any extra expense 
for enz,ineerin, supervision. He recommended that the extension of 
time requested be ranted without penalty. The Commission approved 
the recommendation. 


Parker-Schram Company, contract No. 2567, for -radin_ and pav- 
in, the Airbase-Columbia Bottom Road Section of the Portland Airbase 
Bast Access Road, in Multnomah County, requested an extension of 
time from May 15, 1942, to October 25, 1942, within which to com- 
plete this job. They attributed their failure to complete the proj- 
ect within the specified time limit to unfavorable weather condi- 
tions and to difficulties in securing emulsified asphalt, because 
of war-time conditions. The Engineer advised that the reasons given 
by the contractor for failure to complete the project within the 
specified time limit are correct, and that the delay was not caused 
by any reason of negligence on the part of the contractor. He rec- 
ommended, in view of the circumstances, that the extension of time 
requested be granted without penalty. A letter was oresented from 
the Public Roads Administration concurring therein. The Commission 
approved the recommendation. 


The Engineer reported that contracts Nos. 2366, 2396, 2412, 2446, 


2451, 2467, 2491, 2500, 2508, 2510, 2520, 2522, 2526, 2542, 2549, 2554, and 
2567, for construction of state highway projects, have been completed accord- 
ing to the terms of the contracts or modifications thereof, and that said 
jobs are now ready for acceptance. The following resolution accepting the 
above projects was offered and was adopted by the unanimous vote of the Con- 
mission: 


WHEREAS, the Engineer has reported that the following 
State Highway Commission contracts for the construction of state 
highway projects have been completed according to t..e terms and 
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Porter W. Yett, contract No. 2510, for grading, surfacing and 
oiling the West Unit of the Shaniko-Cow Canyon Section of the Sher- 
man Highway in Wasco County, requested an extension of time from 
June 30 to September 26, 1942, within which to complete this job. 
He offered war-time conditions and Scarcity of competent labor and 
equipment as reasons for failure to complete the project within the 
specified time limit. The Engineer advised that the reasons given 
by the contractor for overrunning the time limit are correct. He 
recommended that the extension of time requested be granted without 
penalty. A letter was presented from the Public Roads Administra- 
tion concurring therein, The Commission approved the recommendation. 


A. S. Wallace, contract No. 2520, for furnishing crushed rock 
in stock piles on the Pendleton-Meacham Section of the Old Oregon 
Trail in Umatilla County, requested an extension of time, from June 
30 to October 14, 1942, within which to complete this job. He gave 
no reason for failure to complete the project within the specified 
time limit. The Engineer advised that hir. Wallace had several con- 
tracts under way at the same time, in connection with two of which 
ne was required to furnish considerable more material than was called 
for in the original contract, which undoubtedly was the reason why 
he failed to complete the project within the Specified time limit. 
He recommended that the extension of time requested be granted with- 
out penalty. The Commission approved the recomnendation. 


C. J. Montag and Sons, contract No. 2542, for grading and pav- 
ing the Illahee-Steiwer Hill Section of the Pacific Highway East, 
in Marion County, requested an extension of time from September 30 
to October 31, 1942, within which to complete this job. He alleged 
that the delay in completing the project within the specified time 
limit was due to difficulties in securing shoulder materials because 
the federal government was taking all available materials for use in 
the construction of the Salem Airport, which was under way at the 
same time. The Engineer advised that the reason given by the con- 
tractor for failure to complete the project within the specified 
time limit is correct. He recommended that the extension of time 
requested be granted without penalty. A letter was presented from 
the Public Roads Administration concurring therein. The Commission 
approved the recommendation. 


Strong & Macdonald, Inc., contract No. 2549, for construction 
of 1.87 miles of railroad roadbed along the Pacific Highway between 
Eugene and Judkins Point, in Lane County, requested an extension of 
time from May 31 to September 10, 1942, within which to comolete 
this job. They attributed their failure to complete the project 
within the specified time limit to unfavorable weather conditions 
which necessitated many shut-downs and prohibited double-shift oper 
ations. The Engineer advised that in addition to adverse weather 
conditions the contractors encountered difficulties in securing re- 
pair parts for their equipment and efficient labor, and that: these 
were the principal causes for failure to complete the project on 
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Contract No. 2522, with F, R. Hewett, for surfacing 
and oiling on the Condon-Morrow County Line Section of the 
Wasco-Heppner Secondary Highway, in Gilliam County. Com- 
pleted September 10, 1942. 


Contract No. 2526, with A. T. Dolan, for the Wren 
Rock Production Project, on the Corvallis-Newport Highway 
and Kings Valley Secondary Highway, in Benton County. Com- 
pleted June 22, 1942. 


Contract No. 2542, with C. J. Montag & Sons, for 
grading and paving on the Illahee-Steiwer Hill Section of 
the Pacific Highway East, in Marion County. Completed 
October 31, 1942. 


Contract No. 2549, with Strong and Macdonald, Inc., 
for railroad roadbed construction on the Sugene-Judkins 
Point Section of the Pacific Highway, in Lane County. Com- 
pleted September 10, 1942. 


Contract No. 2554, with Parker-Schram Co., for paving 
on the Sun Dial Highway Section of the Sun Dial Secondary 
Highway, in Multnomah County. Completed October 25, 1942. 


Contract No. 2567, with Parker-Schram Co., for grad- 
ing and paving on the Air Base-Columbia Pottom Road Sec- 
tion of the Portland Air Base East Access Road, in Mult- 
nomah County. Completed October 25, 1942. 


THEREFORE, BE IT RESOLVED that the work covered by said 
state highway contracts for the construction of said state highway 
projects be declared completed according to the terms of the respec- 
tive contracts, and said jobs are hereby accepted and final payment 
in connection with each is hereby authorized. 


The Commission set Thursday, January 14, 1943, as the date for its 
next regular meeting for the receiving of bids. Such meeting is to be held 
in Portland, and the Secretary was instructed to make the usual arrangements 
to hold this meeting in tie auditorium of the Public Service Building. 


The Commission considered and signed agreements, et cetera, as 
follows: 


Agreement with the University of Oregon with respect to the 
construction of an oil service line to the campus, 


Agreement with Max J, Kuney terminating his contract for con- 
struction cf the Warm Springs River-Mill Creek Section of the Warm 
Springs Highway, in Wasco County. 
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provisions of the contracts and said jobs are now ready for accept- 
ance: 


Contract No. 2366, with Roy L. Houck, for grading and 
paving on the Rice Hill-Turkey Hill Section of the Pacific 
Highway, in Douglas County. Completed September 9, 1942. 


Contract No. 2396, with Roy L. Houck, for grading and 
paving on the Scappoose-Multnomah County Line Section of 
; the Columbia River Highway, in Columbia County. Comnleted 
& September 26, 1942. 


Contract No. 2412, with Frank Penepacker, for grading 
on the South Unit, Algoma-Terminal City Section of The 
Dalles-California Highway, in Klamath County. Completed 
September 14, 1942. 


Contract No. 2446, with Leonard & Slate, for grading 
bE and bituminous macadam surfacing on the Dixie Summit Sec- 
iE tion of the John Day Highway, in Grant County. Completed 
September 12, 1942. 


Contract No. 2451, with A, Milne, for grading, surfac- 
ing and oiling and construction of two bridges on the Long 
Creek-Fox Section of the Pendleton-John Day Highway, in 
Grant County. Completed August 19, 1942. 


Contract No. 2467, with Leonard & Slate, for grading, 
surfacing and bituminous macadam on the Canyon Creek-3ryant 
Hill Section of the Santiam Highway, in Linn County. Com- 
pleted October 15, 1942. 


Contract No. 2491, with Frank Penepacker, for grading 
the Grave Creek-Jumpoff Joe Creek Section of the Pacific 
Highway, in Josephine County. Completed September 12, 1942. 
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Contract No. 2500, with E. L. Gates, for grading and 
topping the lieadow Brook Section of the Starkey Secondary 
Highway, in Union County. Completed October 3, 1942. 


Contract lio. 2508, with Jud Peardsley, for repairs to 
the Vista House, on the Columbia River Highway, in Multno- 
mah County. Completed October 26, 1942. 


Contract No. 2510, with Porter W. Yett, for grading, 
surfacing and oiling on the West Unit, Shaniko-Cow Canyon 
Section of the Sherman Highway, in Wasco County. Completed 
September 26, 1942. 


Contract No. 2520, with A. S. Wallace, for the Pendletor- 
Meacham Rock Production Project on the Old Oregon Trail High- 
way, in Umatilla County. Completed October 14, 1942. 


Portland, Oregon, January 13, 1943 


The State Highway Commission met in regular session at 8:00 p. m, 
in Room 515 (Imperial Room), Imperial Hotel. Present were: 


Henry F. Cabell, Chairman 

Herman Oliver, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H, B. Glaisyer, Secretary 


Commissioner Huron W. Clough was excused from attending this meeting. 


The Engineer brought up for discussion matters pertaining to a 
slide condition that exists along the Oregon Coast Highway near its junction 
with the road approach to Tongue Point Naval Base, a short distance east of 
Astoria. It appears that the highway embankment was constructed on an un- 
stable foundation, and that ground movements resulting therefrom have serious- 
ly endangered several residence buildings situate in Blo¢k 21 of Alderbrook 
Addition to Astoria, said buildings being owned by the following parties: 
ur. Labiske, Mr. Beckner, Mary Kiiski, Bino 0. Jarvinen, and Mr, McGraw. The 
Engineer advised that investigations reveal that the highway fill is respon- 
sible for existing conditions which indicates that the state is liable for 
damage that has occurred. He suggested that further liability could be avoid- 
ed if the state either purchased the properties affected or paid for the dam- 
age that has already occurred, 'e recommended the former, in view of the 
probabilities that additional damage will occur before final correction can 
be made of the slide condition, which wuld eventually cost the state consid- 
erably more than if the properties were purchased. The matter was discussed 
at considerable length and as a result thereof the Comuission authorized the 
Attorney to secure options for the purchase of the properties involved and to 
report the same to the Commission along with an estimate of cost to settle 
with the owners by the payment of damages. 


The Commission discussed briefly the following matters which are to 
be presented by delegations on the following day: 


Request of Hon. Charles Childs, Albany, for construction by 
the state of a service roadway along the Pacific Highway East, op- 
posite Waverley Lake, Albany:- The Engineer explained that lir. 
Childs wants a service roadway along the full length of his holdings, 
which front on the highway for about a quarter of a mile, to take 
the place of numerous private driveways. He exhibited a map showing 
the proposed improvement and gave as his thought that such roadway 
would be of considerable advantage to the state if ir. Childs would 
relinquish his right of access to the highway, except at the north 
and south ends of his property. He estimated that the improvement 
would cost about $3,500, and that it would cost the state approxi- 
mately $1,750 to construct its portion of the separate driveways, if 
the service roadway were not built. After discussion the Commi ssion 
decided to construct this roadway provided Mr. Childs will pay one- 
half of the cost involved and will relinquish his right of access to 
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Agreement with the Loritan Investment Company relative to the 
use by the company of a portion of the Oregon Coast Highway right 
of way south of Marshfield. 


Agreement with the Bennett Trust Company and L, J. Simpson rel- 
ative to the acquisition of Shore Acres property south of Empire. 


Agreement with John V. O'Mara covering the maintenance of drain- 
age facilities in connection with the Roseburg-Shady Point Section of 
the Pacific Highway, in Douglas County. 


Agreement with the Union County Sportsman's Club covering the 
use by the club of a portion of the property recently acquired from 
the State Game Commission, 


Agreement with the Oregon Physicians! Service covering the 
furnishing of medical and hospital services to state highway depart- 
ment employees. 


Agreement with Jackson County relative to the maintenance of 
the Evans Creek-Sams Valley Access Road, 


Agreement with Jackson County relative to the maintenance of 
the Tolo-Camp White Access Road. 


Agreement with The Standard Oil Company of California with re- 
spect to the remodeling of its facilities due to highway construction 
between Marshfield and North Bend. 


Agreement with the City of Cornelius providing for the improve- 
ment of certain city streets that are not on state highway routes. 


Acceptance of easement from the United States of America per- 
taining to the construction of a sewer line and a power line across 
government property adjacent to the Pacific Highway East between 
Portland and Milwaukie. 


There being no further business to come before the Commission at 
this time the meeting was adjourned at 5:00 p. m. 
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be made in connection with each. 


WHEREAS, in connection with the further improvement of 
the highways hereinafter designated, it is and has been necessary 
to acquire property for right of way, quarry sites, gravel or other 
material sites, or sites for the storage of materials, as herein- 
after more definitely set forth, and 


WHEREAS, as a result of negotiations carried on with the 
owners of the property required, options have been obtained, which 
options have been considered by the Commission, outlining the bases 
of settlement which have been agreed upon, and 


WHEREAS, it is the judgment of the Commission that the 
said options should be approved and accepted, and/or the said re- 
ports be declared acceptable to the State Highway Commission as 
bases of settlement for the properties involved, and that the ac- 
quistion of the properties should be completed; 


NOW, TEEREFORE, BE IT RUSOLVED that the several offers, 
or bases of settlement hereinafter enumerated be, and the same 
hereby are, approved and accepted, and that the Attorney for the 
State Highway Commission be, and he hereby is instructed to com- 
plete the acquisition of the said properties and to take title 
thereto in the name of the State of Oregon. The said properties 
hereby ordered and authorized to be acquired are as follows: 


Section, Hwy., and Owner Purpose Acres Approximate Amounts 

Clackamas County Section, Clackamas—Boring County Road 

10742-Telford, Myrtle I. Oil Stor- 1.0 Five-year lease at Parker 
age Site $30 per year 


200 feet, more or less. 


Gratis 
10728-Edmiston, Florence &. " 30-foot right of way - Gratis 
10725-Roe, Frederick A. and 

Wm. R. Wilson " 60-foot RAW Gratis, + fencing 
10721-Atkins, C. N. " ( 3.0 a. $75 per acre 
. (Correction) ( 3.58 a. $10 per acre, + $425 
( 6.58 plus feneing 
10723-Coulter, Byron G. " 13.94 Gratis, plus $525 
(Correction) plus fencing 
10694-Messenger, Mabel Scott " 4.15 Gratis, plus 3100, 


(Correction) plus fencing 


After careful consideration of each item 
the Commission approved the request and by unanimous vote adopted the follow- 
ing resolution with respeet thereto: 


Agent 


Evans Creek-Sams Valley Access Road 
10724-McConnell, Leon M. W  60-foot right of way-distance of Witt 


the highway, except at points approved by the Engineer. Such infor- 
mation is to be conveyed to Mr. Childs when he appears. °***’ 


Improvements requested by E. L. Gray and the Polk County Court 
on the Independence-Wells County Road and on the Suver Raod:-The 
Engineer advised that the improvement requested on the Independence- 
Wells County Road consists of flattening a couple of sharp turns and 
realignment of about three-quarters of a mile near the Benton-Polk 
vounty line, and that the county court is asking that this work be 
done in connection with the state's maintenance of the road, He 
further stated that this is a desirable improvement but the possi- 
bilities of undertaking it are very remote, due to governmental regu- 
lations; in fact he has tried on several occasions to secure approval 
of the governmental authorities, but to date has been unsuccessful 
therein. As to the Suver Road improvement, he advised that this 
matter raises a question of providing an outlet for the people and 
timber products in the Pedee District of Polk County, several solu- 
tions for which have been offered, including the improvement of the 
present sicTimmonds Valley Road which extends northerly from Pedee, 
improvement of the Suver Road and construction of an extension there- 
of from Airlie to Pedee, and the use of the existing logging rail- 
road for the transportation of logs. He estimated the cost to tem- 
porarily repair the MeTimmonds Road at $50,000, and recommended 
against the expenditure because it would not provide a standard im- 
provement and would in effect be a waste of public funds. He suggested 
the extension of the railroad by private investment as a means of 
transporting logs from this district, and the extension of the Suver 
Road from Airlie to Pedee. The matter was discussed at some length, 
but no definite action was taken. The Engineer was instructed to in- 
vite Mr. C. L. Starr, General Manager of the Valley and Siletz Rail- 
road Company which owns the existing railroad, to be present at the 
meeting on the following day when this matter is discussed with the 
delegation. 
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Request of F. 4. Brundage, Western Log and Lumber Administrator, 
that certain logging interests of Seaside be permitted to obtain rock 
from the right of way of the Oregon Coast Highway along Short Sand 
Beach Creek near the Tillamook-Clatsop County line:-The Engineer ad- 
vised that l4r. Brundage's interest in this matter is simply to help 
the loggers in the marketing of spruce timber from their holdings ad- 
jacent to the highway, the timber being badly needed by the Govern- 
ment for defense purposes and the rock being needed to surface the 
logging road over which the logs are to be hauled, He recommended 
the granting of the request, in view of the emergency, provided the 
state is paid 30.03 per cubic yard for the material that is taken; 
and provided further that the loggers will furnish public liability 
and property damage insurance to cover their operations on the high- 
way and will maintain flagmen to protect highway travel. The Com- 
mission approved the recommendation. 
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The Attorney requested authority to purchase certain parcels of real 
property that are needed for various highway improvements throughout the state, 
Submitted a list of such properties, together with offers that he recommended 
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be advisable to retain this property in its natural state for purposes for 
which it was originally ac:uired. 


The Attorney requested instructions relative to the payment of 
damages to a Mr. John Denney for trespass on his property by the state's con- 
tractor, lM. L. O'Neil & Son, in connection with the construction of the worrow 
County Line-Stanfield Section of the Poardman-Stanfield Highway. The Engineer 
advised that when this project was started .ir. Denney was approached with re- 
spect to the purchase of a small parcel of his land which was to be used as a 
source of surfacing materials, but he refused to make any offer of settlement 
until he knew how much gravel was to be taken therefrom; further, that during 
the process of taking gravel from the bed of the Umatilla River the contractor 
inadvertently encroaehed on lr. Denney's property and Mr, Denney now feels 
that he is entitled to compensation, in view of the fact that the contractor 
entered upon his property without his permission. He recommended payment of 
$50 to Mr. Denney as payment in full of his claim. The Commission approved 
the recommendation and so ordered. 


The Attorney brought up for consideration 4 number of legislative 
matters which were discussed by the Commission. The following action was 
taken thereon: 


Bill authorizing issuance of a duplicate check, in the event 
of loss of an original check:- The Attorney was instructed to pre- 
pare the bill and present it to the Legislature which is now in 
session. 


Bill to increase the amount of the Highway Department's revolv- 
ing fund from $200,000 to $350,000:~ While the Commission appeared 
favorably inclined toward such increase, the final decision in the 
matter was deferred pending further study of the matter. The Attor- 
ney was instructed to write the jndividual members of the Commission 
explaining in full the necessity for the same. 


Freeway bill:- The Commission decided not to introduce this 
bill at this session of the Legislature; however, instructed the 
Attorney to watch closely for any legislation with respect + free- 
way matters that might be presented by other parties. 


Proposed bill relative to the dead-ending of city streets which 
ave crossed by new highway improvements:- Action on this matter was 
deferred pending further study, particularly in view of the apparent 
difference of opinion between the Commission's Attorney and members 
ef the Supreme Court with respect to the authority that the Highway 
Commission now has relative to such matters. The Attorney was in- 
structed to discuss the matter personally with Justices Rossman and 
Brand of the Supreme Court and to advise the Commission the results 
thereof. ‘e was also instructed to furnish each member of the VLom- 
mission a copy of the proposed bill. 
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Section, Hwy., and Owner Purpose Acres 


Crescent Section, The Dalles-California Highwa 
7494-Mann, Willard T. and R/W 1,000 sq.ft. 


Howard and Maybelle E. 


Barnhisel 
10635-Berni, R. B. " 4,477 * 
7486-Klamath County " 5,000 " 
7492-Klamath County " 2,500 
10473-Gilbride, Patrick D. " 1,969 " 
7501-Klamath County " 2,500 " 
10472-Campbell, Roy C. " 500 " 


7483-Bray, Wm. Y. " 11,665 " 
7502-Sandborn, Bertha n 2,500 * 
16746-Holt, George A. ba 4,552 " 
10633-Dahlquist, Lawrence " 1,500 " 


and Anna 


Milton-Washington State Line Section, Oregon-Washington Highwa 
10563-Olson, Louis, and R/W 0.13 $50 per acre 
1,980 sq. ft. Gratis 
$500 per acre + $226 
2,776 sq. ft.10¢ sq. ft., plus $150. 
Also state to convey to 
grantor 4,368 sq.ft. 
more or less 


WWVSAC 
10529-Milton, City of ® 
10551-Homan, Edward J. " 0.51 


10531-Small, Margaret " 


Approximate Amounts 


Agent 


2é sq. ft. (Land Gratis 


if pavement and side- 
walk constructed) 
3.42 sq.ft., plus $50 
plus mov. bldgs. 


1g sq. ft. 
2é sq. ft. 


2¢ sq. ft. + moving 


buildings 
2é sq. ft. 


lot 24, Blk. 30, ex- 
changed for Lot 23, 
Blk. 30, + mov. bldgs. 


+ $100 


Lump Sum - *$200 
2¢ sq. ft. + $150 
+ moving buildings 


if sq. ft. 


2é sq. ft. - $30 


Easement 1,000 sq.ft. Gratis 
$200 per acre + $639 Landon 


10542-Reichert, Luella Slope 

10587-Higgins, W. W. and R/W 2.78 
E. A. Waltz 

10601-Bitterman, Yarry H. " 0.44 
and Loretta Jestes 

10604-Fritzler, Philip " 0.52 

10581-Mason, Mary E. " 0.20 


10549-Cheever, Orpha M. sa 


John Day Section, John Day Highw 
9895-Officer, Robert B. ae 0.32 


$100 per acre + $444.80 
$125 per acre + $500 


$200 per acre 
8,320 sq.ft. 3¢ sq.ft., + $455 


#300 per acre + $104 


McChesney 


Cozad 


Cozad 


The Commission discussed and denied an offer from the Oregon Piling 
Company to purchase timber from state-owned property situate adjacent to the 
Wolf Creek Highway near Sunset Camp, it being considered by the Commission to 
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Bids as follows, for highway construction work and for the sale of 
a residence building at Lampa Creek Landing, near Coquille, in Coos County, 
were opened and read in conformity with previously published notices, follow- 
ing which Chairman Cabell announced that the awards would be made at 2:00 p.m. 
in the same room: 


BAKER-HOMESTEAD AND HALFYAY 'IGHWAYS 
RICHLAND-HALFWAY ROCK PRODUCTION 


M. C. Lininger & Sons $26,000.00 


OCHOCO HIGHWAY 
OCHOCO SUMMIT ROCK PRODUCTION 


M. C. Lininger & Sons $24,750.00 


THE DALLES-CALIFORNIA HIGHWAY 
CRESCENT ROCK PRODUCTION 


No bids received on this project 


THE DALLES-CALIFORNIA AND WILLAMETTE HIGHWAYS 
CHEMULT ROCK PRODUCTION 


M. C, Lininger & Sons $34, 450.00 


WILLAMETTE HIGHWAY 
TRENT-SALT CREEK FALLS ROCK PRODUCTION 


A. H. Saxton & Son $52,480.00 


WALLOWA LAKE HIGHWAY 
ROCK CREEK-JOSEPH ROCK PRODUCTION 


M. C. Lininger & Sons $39 , 400.00 
SALE OF RESIDENCE BUILDING NEAR COQUILLE 


Gene L. Robison $125.00 


T. W. Panter 50.00 
W. E. Foote 37.50 


Yonorable Charles Childs, Albany, came before the Commission with 
regard to the construction of a service road along the right of way of the 
Pacific Highway East, opposite Waverley Lake at Albany. Mr. Childs stated 
that he and his associates own considerable property fronting on the highway 
at this location which they plan to divide into lots and sell for residential 
purposes. Under ordinary circumstances, he said, the owner of each lot would 
have right of access to the highway and could construct a driveway approach 
to the highway, which would mean numerous connections along a quarter-mile 
frontage. It was his thought that a much better arrangement would be to serve 
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Proposed bill establishing a minimum fine to be imposed on log 
haulers for overloading:- The Commission took this matter under ad- 
visement. 


Bill to increase the overall length and overall width of vehi- 
cles that may be transported over Oregon roads:- The Commission de- 
cided not to sponsor any legislation in this regard, but to stand on 
the statements that were made at the 1941 session of the Legislature. 
The Attorney was instructed to watch for any bill that might be pre- 
sented to the Legislature with respect to such matter, with a view 
to having the same amended to include special provisions that the 
Commission feels are necessary for the best interests of the state, 


Proposed bill with respect to the disposition of the salary or 
wages of a highway department employee who has died:- The Attorney 
explained that this bill simply authorizes the payment of such sal- 
ary or wage check to the next of kin of the deceased employee, which 
authority does not exist under the present law. The Commission ap- 
proved the bill and instructed the Attorney to place it before the 
Legislature. 


Proposed amendment to the Eminent Domain Law, with respect to 
the moving of buildings on property acquired by the state:- The At- 
torney advised that under the present law the state is obligated to 
purchase buildings that are affected but not taken by the state in 
condemnation actions, and that this bill will make the owners res- 
ponsible for the buildings if the state doesn't want them. The Com- 
mission approved the submission of the bill to the Legislature. 


Proposed bill permitting the Highway Commission to charge the 
property owner with benefits, in condemnation actions:- The Commis- 
Sion disapproved such bill. 


House Bill No. 4, relating to increase in the salaries to be 
paid employees of the State Police Department:- The Commission de- 
cided not to interfere with this legislation, regardless of the fact 
that it involves an additional expenditure of state highway funds for 
policing purposes. 


The Commission adjourned at 9:45 p.m. to reconvene the following 


morning in the Public Service Building. 


Portland, Oreggn, January 14, 1943 
The State Highway Commission reconvened at 9:00 a. m. in the audi- 


torium of the Public Service Building. Present were: 


Henry F. Cabell, Chairman 

Herman Oliver, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


Commissioner Clough was absent. 
1,9,4,3 
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laboratory for many years. The Engineer advised that this crusher is not 

of much value and is now in storage, having been replaced with a new one; 

in fact is carried on the Highway Department's records at a valuation of 
only $5.00. He recommended acceptance of Mr. Domogalla's offer, in the 
event that inquiry reveals that the crusher cannot be used to advantage by 
the State Mining Roard. He was instructed to contact Mr. Nixon of such 

Board relative thereto, and to turn the crusher over to him if he wants it. 
In the event the State Mining Board doesn"t want the crusher, then the Engi- 
neer is authorized to accept Mr. Domogalla's offer, if he is unable to secure 
a better one. 


AK letter was presented from Mr. E. W. Elliott, general contractor, 
Seattle, inquiring whether or not the Highway Commission would be willing to 
sell to him the six-ton Buffalo Springfield tandem roller which he is now 
renting from the state. The Engineer advised that the roller can te used 
to good advantage by the Highway Department and recommended against the sale 
of the same. The Commission approved the recommendation. 


The Commission discussed a petition from Mrs. Martha Redmond and 
others requesting the construction of a stairway leading from the Pacific 
“ighway West to the top of the highway cut in front of Mrs. Redmond's tav- 
ern, near the Taylors Ferry Road intersection, in Southwest Portland. The 
Engineer advised that inspection of the premises reveals that Mrs. Redmond 's 
tavern fronts on a short section of the old Taylors Ferry Road that was cut 
off by the new highway, and that it is now excellently served by roadway 
facilities which provide ingress to and egress from her property in both 
directions.’ He further stated that if the stairway were constructed for the 
convenience of Mrs. Redmond's patrons it would encourage tne parking of cars 
on the highway at the foot of the steps, and would create a traffic hazard; 
also, that, if automobiles were not narked on the highway «t the foot of 
the steps, the probabilities are that they would park ecross the highway, 
which consists of four traffic lanes at this point, end people would then 
have to walk across this heavily-traveled thoroughfare in order to gain 
access to the stairway. He recommended, in view of the circumstances, 
that the petition be denied. The Commission approved the recommendation. 


The Commission discussed briefly the Engineer's report on the re- 
quest of contractor Homer G. Johnson for additional compensation, in connec- 
tion with his contract No. 2390 for construction of the Siletz-Toledo Section 
of the Siletz Secondary Highway, in Lincoln County, but deferred a decision 


thereon until the next meeting. 


The Commission also discussed briefly, and ordered filed, a nunm- 
ber of arrest reports furnished by the Department of State Police, with re- 
spect to overload violations committed by truck haulers in the transporta- 
tion of gravel over the Oregon Coast Highway from Seaside to the Astoria 
Airport. 


The Secretary presented a report on the violations that have been 
committed by carriers who are operating under emergency wartime permits. He 
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all of the lots with a single roadway paralleling the highway and connecting 
with it at each end, thus eliminating the need for individual driveways and 
the dangers incident to the use of the same. He further stated that the in- 
mediate construction of such service road is not a necessity, although it is 
necessary that he have a definite understanding with the Commission with re- 
spect thereto to pass on to prospective purchasers of his property. He of- 
fered to relinquish his right of access to the highway along the full length 
of his property, except at each end of the service road, and to donate the 
land that may be required to provide a service roadway of proper width, if 
the Commission will approve his proposition. 
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The Engineer advised that the highway right of way at this point is 
extra wide and could easily accommodate the service road. It was his thought 
that the road would be of benefit to the state in that it would eliminate the 
use of numerous private driveway connections to the highway and would provide 
a freeway past Mr, Childst property. He estimated the cost of constructing 
the service road at approximately $3,500, and the state's share of the cost 
of constructing the driveways at approximately $1,750. Chairman Cabell gave 
as his thought that Mr. Childs* plan is sound. He pointed out, however, that 
it involves the policy of the Commission and would have considerable bearing 
on the disposition of similar requests that are received in the future. He 
pointed out that it has been the practice of the Commission for some time in 
the acquisition of right of way, to purchase the property owners! right of 
access to the highway, and gave as his thought that the state should compen- 
sate Mr. Childs for such right in this instance, but not to the extent of pay- 
ing the entire cost of the service road, because it would establish a prece- 
dent that undoubtedly would prove very costly to the state. He suggested that 
the Commission would be willing to construct the road if Mr. Childs would 
agree to pay 50 per cent of the costs involved. Commissioner Oliver concurred. 
Mr. Childs reiterated that he would waive right of access to the highway at 
all »oints except two, and that he would discuss with his associates the offer 
made by Chairman Cabell. He repeated that they are not asking for the con- 
struction of the service road until the war is over, and in any event not un- 
til the War >roduetion Board allows the work to proceed. However, they do 
want two approaches to the highway constructed this summer. The Commission 
took such request under advisement. 


The matter of maintenance of the service road was also discussed 
briefly, but no decision was reached relative thereto, 


The Engineer brought up for discussion the matter of realigning the 
Upper Columbia River Highway at the entrance to Bonneville. He advised that 
within the last few days the Bonneville Hotel, which is located at the entrance 
to the Bonneville reservation, burned to the ground and in his estimation it 
would be advisable to acquire the right of way for the permanent location of 
the highway now before the hotel is rebuilt. Ye requested authority for the 
Right of Way Department to negotiate options for the same. The Commission ap- 
proved the request. 


The Secretary presented an offer from Mr. Fred Domogalla to pay 
$30.00 for an old rock crusher that has been used-in the highway department 
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improvement of the Oregon Coast Highway between Marshfield and North Bend. It 
appears that when negotiations were started with the Southern Pacific Company 
with respect to this improvement it was not known that the company owned cer- 
tain lots that were needed by the state and as a result no mention was made 
of such property in the agreement between the state and the company with res- 
pect to re-establishing the company's facilities. The Engineer presented a 
map showing the parcels of land in question. He recommended, in view of the 
fact that the right-of-way negotiations were supposedly complete a long time 
ago, that the acquisition of the additional property be made a matter of an 
entirely separate agreement and that the company be paid for this property as 
a separate transaction. The Attorney advised that the comoany is asking , 
$2,400 for its property. “e gave as his thought that tne company should deed 
the lots to the state without charge, in view of the fact that the Eighway 
Commission is deeding to the company without charge property which cost the 
state $6,000. The matter was discussed at some length and as a result it was 
decided to discuss it with the railroad officials. The Engineer was there- 
upon instructed to arrange for a conference at which Chairman Cabell and the 
other members of the Commission are to be present, if possible. 


The Commission adopted the following resolution with respect to the 
contracting of access roadsand other defense projects in accordance witn the 
decision reached by the Commission at the previous meeting; however, the En- 
gineer was instructed not to take bids as authorized therein without first 
securing telephonic aporoval from the individual members of the Commission: 


WHEREAS, with respect to advertising for bids for highway con- 
struction projects the Commission's established policy and procedure 
requires that it call for competitive bids by publishing in a news- 
paper or newspapers having an established general circulation; and 


WHEREAS, as a part of national defense the Commission is fre- 
quently called upon by the Federal Government or by agencies of the 
United States of America to assume responsibility for the letting 
of contracts for the construction of access roads and other defense 
projects; and 


WHEREAS, in such matters time is a controlling element or fac- 
tor, thereby making conformance with the Commission's established 
policy with respect to advertising for bids quite difficult; and 


WHEREAS, it is the judgment of the Commission that during the 
emergency and for the purpose of making possible more efficient and 
effective cooperation between the State and the Federal Government 
a policy should be adopted and applied to United States defense 
emergency jobs whether they be promoted for the United States alone 
or by the State as a State contribution to national defense; 


NOW, THEREFORE, BE IT AND IT VEREBY IS RESOLVED by this Commis- 
sion, all members being oresent and participating as follows: 
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was instructed by the Commissic:: to continue the present practice of bringing 
these violations to the attention of the owners of the equipment. 


The Commission had under discussion a resolution adopted by the As- 
sociation of Oregon Counties, with respect to proposed legislation to increase 
the length and weight of motor vehicles which operate on public roads of this 
state. The association goes on record as being opposed to such increase, The 
Engineer was instructed to watch for this bill, and to see that it is proper- 
ly amended, if necessary, to meet state highway requirements. 


na ae er 


The Engineer reported the award of the following contracts, bids 
for which were received by the Commission at its meeting on December 18, 1942, 
the conditions of the awards having been satisfied: 


Tolo-Camp White Access Road Project, in Jackson County. 
Awarded on December 28, 1942, to Tru-Mix Concrete Company, Med- 
ford, the only bidder, 


t 
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Southwest Boardman Flight Strip Project, in Morrow Coun- 
ty. Awarded on December 31, 1942, to E. C. Hall Company and 
J. C. Compton, Eugene and McMinnville, the low bidders. 


Evans Creek-Sams Valley Access Noad Project, in Jackson 
County. Awarded on January 4, 1943, to Tru-Mix Concrete Company, 
Medford, the only bidder, 


The Commission confirmed the awards. 


The Secretary presented an invoice from the American Association 
of State Highway Officials, for payment of 1943 dues of the State of Oregon 
in such Association, amounting to $450. The Commission approved the pay- 
ment. 


The Commission discussed a mimeographed communication from the 
Headquarters, lWiestern Defense Command and Fourth Army, containing rules to 
be followed by newspapers in the dissemination of information concerning 
weather conditions and condition of highways. In view of this communica- 
tion and the fact that very little tourist travel is anticipated for the 
duration, the Commission decided to discontinue the publication of its 
weekly road condition report, and so ordered. Due to the fact that this 
communication was not an official order from General John L. DeWitt, Com- 
manding General, Western Defense Command and Fourth Army, the Commission 
decided not to discontinue its daily radio reports on road conditions or 
the typewritten transcript of such reports which is prepared for limited 
use. 
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Consideration was given by the Commission to the purchase from the 
Southern Pacific Company of »roperty that is needed in connection with the 
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the highway department maintenance crew to oil certain driveways on the hos- 
pital grounds because local contractors are not equipped to do the work. The 
Engineer read aloud his letter of January 8, 1943, in reply thereto, in which 
he stated reasons why the Commission could not perform this work. The Commis- 
sion approved the letter and thereupon denied the request. (See details in 
letter in general files.) 


The Comission discussed a letter from Roy L. Wilson of the Warm 
Springs Lumber Company, Warm Springs, Oregon, requesting the surfacing of a 
four-mile section of the Warm Springs Highway north of Warm Springs Agency 
to facilitate the transportation of logs to their mill at Warm Springs. The 
Engineer advised that the section of highway referred to has been graded to 
state standards but has not been surfaced. He recommended that the request 
be denied in view of the cost involved and the fact that the Commission does 
not have funds to spare for this purpose. The Commission approved the rec- 
omnendation; however, instructed the Engineer to inform Mr. Wilson that the 
Commission will offer no objections to the company placing a temporary surface 
on the road at its own expense. 


A delegation from Polk County, consisting of County Commissioners 
Fred Gibson and H. 4. Brant, County Engineer Edward Himes, and Mr. E. L. Gray, 
came before the Commission in the interests of the Independence-Granger County 
Road and of the Suver-Airlie County Road. They asked for the elimination of 
several sharp turns on the Independence-Granger Road, two of which are about 
one and one-half miles south of Independence and the others about three miles 
north of the Polk-Benton County line, on what is known as Davidson Hill. The 
Engineer advised that army officials at Camp Adair also have requested these 
improvements and in response thereto he has twice recomnended tie project to 
the Public Roads Administration for federal access moneys but in each instance 
approval was denied, so under the circumstances it does not appear that the 
project can go forward because governmental priority regulations preclude the 
construction work as a state-financed project. The state, he said, is linm- 
ited in its expenditure to maintenance work. Chairman Cabell confirmed the 
Engineer's statements and advised that in view of the situation the State 
Highway Department can do nothing more than maintain the present road. 


As to the delegation's request for the improvement of the Suver 
Road, the Engineer advised that, while the project has merit and the road is 
needed, it does not appear to be an obligation of the state; but, on the 
other hand, is rather an obligation of the Army in view of the fact that the 
road is within the borders of Camp Adair and is used principally by military 
equipment. Mr. Gray advised that he has been given to understand that the 
Army would cooperate in the maintenance work. He also suggested that the 
road be extended from Airlie to Pedee in order to secure full value of the 
road, There followed a general discussion which was concluded by a statement 
by the Engineer that he would consult with Colonel McCoy, who has charge of 
Camp Adair, with respect to the securing of Army cooperation to maintain the 
road. 


Mr. Gray also asked the Commission to reconsider the matter of con- 
structing a new bridge over the Willamette River at Independence, so as to 
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1. The Commission does hereby declare that an emergency 
exists necessitating the adoption of a policy and practice with re- 
spect to the construction of defense projects which will permit a 
more expeditious award of contracts in connection therewith. 


2. That with respect to defense projects in connection 
with which time is a controlling factor the Commission's established 
policy and practice of advertising for bids shall be dispensed with 
and instead the call or invitation for competitive bids shall be 
made by sending all necessary information through the United States 
mails to such of the Commission's list of qualified bidders as in 
the opinion of the Commission might be interested in and qualified 
to bid on such project. 


3. That in such invitation or call for bids the Commis- 
sion shall fix the date when and the place where such bids will be 
received and in fixing the time the Commission shall be influenced 
by the necessities and request of the Federal Government. 


4. That this policy, practice and procedure shall be in 
effect for the duration of the war and for six months thereafter un- 
less rescinded or amended by the Commission. 


5. This resolution shall be entered in the minutes and 
records of the Commission and a duly certified copy thereof deliv- 
ered to William H. Lynch, District Engineer, Public Roads Adminis- 
tration. 


The Commission considered and denied as a matter of policy a request 
from A. C. Barlo, Portland, to construct and maintain a wooden bus-stop shel- 
ter on the right of way of the Hillsdale-Beaverton Highway at Glencullen. 

“ The Commission confirmed its action taken on November 6, 1941, with 
respect to the width of right of way that is to be acquired for the proposed 
improvement of the Oregon Coast Highway through the town of Gold Beach, Curry 
County, which action specifies an 80-foot width right of way under certain ~_~- 
conditions. (See minutes of November 6, 1941) a 


Reconsideration was given by the Commission to a request of the 
County Court of Marion County that the state assume the maintenance of the 
North Santiam Highway between Niagara and Detroit, which section is now class- 
ified as a county road. The Commission decided not to place this section on 
the secondary highway system or to perform the maintenance work on the same; 
however, agreed to reimburse the county for the full cost of such maintenance 
work if the county will furnish the equipment and do the work with county : 
forces. Such arrangement is to be in effect for the duration of the war and 
for a period of six months thereafter. 


A letter was presented from Sister M. Genevieve, Superintendent of 
McAuley Hospital, Marshfield, in which the Commission was asked to authorize 
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The Commission approved a resolution from the County Court of Klam- 
ath County with respect to the abandonment by the state of a section of The 
Dalles-California Highway between Terminal City and Algoma, which section is 
no longer of value for state purposes, in view of the fact that the highway 
has been reconstructed on other alignment. 


The Attorney reported briefly the status of negotiations with the 
Army authorities and the United States Departinent of Justice, relative to the 
disposition of a state-owned stock-pile site which is located within the bor- 
ders of Camp White Army Cantonment, in Jackson County. The Commission took 
no action on this matter. 


The Attorney brought up for discussion matters pertaining to the 
acquisition of the proposed 1400-acre state park at Floras Lake, in Curry 
County. He advised that examination of the abstract of title covering this 
property reveals some discrepancies which, while minor in character, should 
be clarified if the state buys the property. This could be accomplished 
easily, he said, by a suit of equity to quiet the title. He pointed out that 
the property is to be sold by the county sheriff on February 26, 1943, for 
delinquent taxes, and suggested the filing of condemnation proceedings in the 
meantime in order to protect the state's interest, pending final decision by 
the Commission whether or not to purchase the property, it being his under- 
standing that there are other parties who are desirous of acquiring this 
land and who would not hesitate to purchase it if given the opportunity. The 
commencement of condemnation proceedings, he said, would protect the state's 
interests until such time as the Commission makes its final decision with 
respect to the purchase of the property. In view of this report the Commis- 
sion authorized condemnation of the property. The following resolution in 
regard thereto was’ thereupon adopted: 


WHEREAS, by virtue of the laws of the State of Oregon, 
the State Highway Commission is authorized and empowered to ac- 
quire land or ground necessary for the development, maintenance, 
and operation of parks, parking places, automobile camps, camp 
sites, public squares, recreational grounds or resorts, and land 
for the preservation of trees or timber growing thereon; and 


WHEREAS, said Highway Commission is authorized to ac- 
quire by purchase, agreement, donation, or by the exercise of the 
power of eminent domain real property, or any interest therein, 
necessary or deemed by the Highway Commission necessary for said 
purposes; and 


WHEREAS, in the judgment and opinion of the State High- 
way Commission it will be for the convenience and is for the best 
interests of the general public that there be acquired for public 
purposes, to wit: for the purpose of developing and maintaining 
a park, recreational ground and/or resort, and for the purpose of 
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make available for public use in emergencies an alternate route between Inde- 
pendence and Salem. The Commission took no action on this matter. 


The Engineer reported a request from the City of Tillamook that it 
be authorized by the Commission to perform certain maintenance work on city 
streets, at state expense, He recalled that the Commission has budgeted for 
1943 the sum of $150,000 to pay the cost of maintaining certain heavy-traffic 
city streets that are not on state highway routes, and advised that there is 
&@ question whether or not it will be possible to perform all of tlie work that 
has been programmed for this year's construction due to lack of equipment and 
Shortage of manpower caused by wartime conditions. He gave as his thought 
that it would be advisable to let the gities perform the work with city forces, 
if they are equipped to do it, with the understanding that the state will re- 
imburse them later for the expense involved, sucb arrangement to be effective 
for the duration only. The Commission approved the suggestion and ordered 
that the arrangements with the cities be covered by written agreement, 


A letter was presented from County Judge David F, Graham, Malheur 
County, in which the Commission was asked to deed back to Malheur County a 
10-acre tract that the state acquired as a gravel pit, being situate in the 
NE} of the SE of the NW of Section 25, T. 17 S., R. 44 E., W. M., so that 
the county can fulfill an agreement with another party who purchased the bal- 
ance of this subdivision. The Engineer advised that the tract is valuable to 
the Mighway Department for use in connection with the surfacing of highways 
in this vicinity and recommended that the tract be retained by the state for 
this purpose. The Commission approved the recommendation, and accordingly 
denied the request. 
‘ > 

The Commission also considered a letter from Judge Graham, request- 
ing that the state deed back to Malheur County a two-acre tract situate in 
the SE+ of the SE3 of Section 7, T. 18S., R. 47 E., W. M., to enable the 
county to complete the sale of the remaining portion of this subdivision to 
another party. The Engineer advised that this two-acre tract was acquired 
as a site upon which to stock pile maintenance materials, in fact a contract 
has been awarded for the stock-piling of maintenance materials in that vicin- 
ity and it is planned to utilize this site in connection therewith. He rec- 
ommended that the request be denied, The Commission approved the recommenda- 
tion. 


The Attorney requested instructions relative to the payment of 
rental on certain property that the Commission is acquiring from the Southern 
Pacific Company at Central Point. (See right-of-way file No. 10186.) He ex- 
plained that the Commission leased this property from the company for a cer- 
tain period of time, but later decided to purchase it outright and, notwith- 
standing the purchase agreement, the company demands the full amount of the 
rentals until the deed has been signed and delivered to the state, which in 
effect is a duplicate charge. The amount involved, he said, is small, and 
his oniy reason for bringing it to the attention of the Commission is because 
it involves a matter of principle. The Commission decided, in view of the 
small amount involved, to continue the payment of the monthly rentals until 
such time as the deed is delivered to the state. 
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The above described parcels contain a total of 1397.91 
acres, more or less. 


NOW, THEREFORE, BE IT RESOLVED that the said parcels or 
tracts of land be and the same hereby are declared by this resolu- 
tion to be necessary for the purposes herein stated; and 


BE IT FURTHER RESOLVED that title to the said parcels or 
tracts of land be acquired by the State of Oregon, by and through 
its State Highway Commission, for the above specified public use 
and purpose. 


BE IT FURTHER RESOLVED that the best interests and conven- 
ience of the general public reouire that title to the said tracts or 
parcels of real property be acquired for the purpose of deve loping 
and maintaining the same for a park, recreational ground or public 
resort and for the purpose of preserving the timber growing thereon, 
and for the further purpose of making said parcels of land available 
for the use and enjoyment of the general public. 


BE IT FURTHER RESOLVED that J. M. Devers, Attorney for the 
State Highway Commission, be and he hereby is requested to negotiate 
further with the owner, or owners, of said property and endeavor to 
acquire said property by agreement, and, in the event that said 
property cannot be acquired by agreement, then the said J. M. Devers, 
Attorney for the State Highway Commission, is hereby requested to 
institute and prosecute such condemnation proceeding or other suit 
or action as may be necessary to acquire the said real property. 


BE IT FURTHER RESOLVED that in such suit, action, or pro- 
cedure as may be prosecuted for the acquisition of said real prop- 
erty provision be made whereby title in fee simple shall be acquired 
in the name of the State of Oregon, by and through its State Highway 
Commission. 


The Attorney discussed with the Commission a settlement with Frank 
A. Moore for right of way needed for the Pacific Highway, in Eugene. After 
discussion the Commission approved the settlement and thereupon signed an 
agreement with Mr. Moore covering the transaction. 


The Commission discussed briefly and ordered filed a letter, dated 
December 22, 1942, from 3. F. Howard to Mr. George K. Aiken, Executive Secre- 
tary to Governor Sprague, with respect to the Smithfield-Franklin controversy, 
concerning the maintenance of road signs along the Territorial Secondary High- 
way south of Cheshire, in Lane County. 


The Secretary presented a letter from tie Russell Towboat and soor- 


age Company, agent for the United States Maritime Commission, requesting ap- 
proval of the substitution of United States Maritime Commission for Oregon 
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preserving the timber growing thereon, the following described par- 
cels of land, to wit: 


Property of the Blacklock Sandstone Company, 
a California corporation 


All of Lot 10 and Iot 9 of Section 17 except the north 
5 acres of Lot 9 described as follows: Commencing at a 
stake near Floras Lake at the northeast corner of Lot 9, 
Section 17, Township 31 South, Range 15 West; thence West 
7.43 chains; thence South 7 chains; thence East 7 chains; 
thence North 3° 45' East 7.01 chains to beginning, contain- 
ing 5 acres; also excepting all minerals and right of way. 


All of lots 1, 2, and 3 and the east half of the south- 
east quarter of Section 18, Township 31 South, Range 15 West, 
W. M.; all of the west half of the northeast quarter and 
the southeast quarter of the northwest quarter; and all of 
lots 1, 2, and 3, and the east half of the southwest quar- 
ter, and the southeast quarter of Section 19, Township 31 
South, Range 15 West, W. N. 


All of the west half of the east half and the east 
half of the west half, and all of Lots 1, 2, and 3 of Sec- 
tion 30, except 3 acres described as follows: A portion 
of the northwest quarter of the northwest quarter of said 
Section 30 and described in deed recorded in Book 4, Page 
539, of Curry County Deed Records; all in Township 31 
South, Range 15 West, W. M. 


Also, all of the northwest quarter of the northeast 
quarter and the northeast quarter of the northwest quarter 
and Lot 1 of Section 31, Township 31 South, Range 15 West, 
W. M. 


Also, all of lots 1 and 2 of Section 24, Township 31 
South, Range 16 West, W. M. 


Also, all of lots 3, 4, and 2 of Section 25 except 
as follows: Beginning 20 chains north of the southeast 
corner of Section 25, Township 31 South, Range 16 West, 
being the southeast corner of Lot 2; thence North 11.95 
chains; thence West 25.40 chains; thence South 28° West 
13.58 chains; thence East 31 ehains, to beginning, con- 
taiming 33.75 acres of land, all in Section 25, Township 
31 South, Range 16 West, W. M. 


Also, tide lands fronting Lots 1 and 2 of Section 19, 
Township 31 South, Range 15 West, and Lots 1 and 2 of Sec- 
tion 24, Township 31 South, Range 16 West, W. M., in Curry 
County, Oregon, containing 18.46 acres of land, more or less. 


Plans 


: Count Section and Highwa Authorization 


26-1464 Multnomah West End Steel Bridge-Ankeny ist - $1,000 
Street Sec., Pacific Hwy. West 
26-1455 Multnomah Parkrose-Troutdale Section, 2nd - $1,500 
Columbia River Highway Total to date 
#4, 500 
29-1440 Tillamook Wheeler-Brighton Section, lst - $3 195 


Oregon Coast Highway 


29-1441 ‘illamook State Park-Neahkahnie Mountain ist - $ 115 
Section, Oregon Coast Highway 


22-1456 Linn Albany-Millersburg Section, lst - $ 150 
Pacific Highway East 


127-1423 Polk Camp Adair Access Roads, Dallas- lst 
Kings Valley and Kings Valley 
Secondary Highways 


# , 800 


The Commission considered the following requests for extensions 


of time within which to complete highway construction pro jects: 


Roy L. Houck, contract No. 2382, for grading and paving the 
North Marshfield and Marshfield-Bunker Hill Sections of the Oregon 
Coast Highway, in Coos County, requested an extension of time, 
from August 31, 1941, to October 5, 1942, within which to complete 
this job. He gave the following reasons for failure to complete 
the project within the specified time limit: a portion of the 
right of way was not cleared for construction until October 20, 
1941, which delayed oiling work until the season of 1942; failure 
of Warren Northwest, Inc., to undertake their subcontract for the 
oiling work because of defense contracts that they had under way 
which necessitated completion of the wrk by the state's oiling 
crew; also adverse weather and wartime conditions further delayed 
construction, it being difficult to secure delivery of the neces- 
sary materials and to hire competent labor. The Engineer advised 
that bids were received for this project on October 11, 1940, and 
that Mr. Houck commenced operations on January 13, 1941. He fur- 
ther stated that the contract stipulated that all of the buildings 
Would be removed from the right of way by July 1, 1941; however, 
the right of way was not entirely cleared of such obstructions 
until October 20, 1941, when the Union Oil Company moved the last 
of its oil pipe lines. This delay, he said, made it necessary 
for the contractor to shift his forces from one part of the job 
to another, slowing down the progress of the work. The principal 
reason for Mr. Houck's failure to complete the job within the 
specified time limit, he said, was Mr. Houck's difficulties with 
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Shipbuilding Corporation, as permittee, under Ordinance No. 77921 of the City 
of Portland. The Commission offered no objections to such substitution of 
names provided the change is approved by the Portland City Council. The Sec- 
retary was instructed to so inform the Russell Towboat and Moorage Company 
and the City Council. 


The Comission discussed a letter from the Walter Putler Company, 
contractors for the construction of the Naval Training Station at Lake Pend 
Oreille, Idaho, requesting renegotiation for the readjustment of rentals that 
the company is paying for equipment leased from the Oregon State Highway Cém- 
mission; also requesting transfer of title of the equipment to the United 
States Government and the application of a portion of the rentals already paid 
for the use of the equipment toward the purchase price thereof. The company 
advises that the Navy Department has plated this matter upon a patriotic plane 
and considers that it is the duty of the Highway Commission to let the Govern- 
ment have this equipment or to refund a fair portion of the rentals already 
paid for the same, because it feels that the state has received full value of 
the equipment. After considerable discussion the Commission denied the re- 
quest and instructed the Engineer to inform the company that the Highway De- 
partment needs this equipment and that it should be returned to this depart- 
ment in the event the company no longer needs it; further, that the Commission 
made this equipment available to the company simply as an accommodation, in 
order to copperate in the war effort, and that it did not set the rental rate 
but simply charged the rate that was set by the Office of Price Administration, 
to which the company agreed in writing. However, if the rate now being charged 
is incorrect, the Commission is willing to adjust it to the proper amount, but 
is unwilling to make any further concession. 


eg a, 


The Engineer presented a list of surveys that he has ordered since 
the last meeting of the Commission and asked the Commission to confirm them 
and the amounts allocated for each, After due consideration the Commission 
authorized and instructed the Engineer to make such surveys on various sec- 
tions of the highways of this state, which said sections of highways, together 
with their identifying survey numbers and the amounts authorized and allocated 
for such survey expenditures, are as follows: 


. t 
Pe 
| 


' 
os 


a> Paieeanad 


arte 


Type of Prefix 

Survey No. County Section and Highway Authorization 

Reconn. 4-1466 Clatsop Lewis & Clark Bridge-Camp lst - $ 800 
Clatsop Sec., Oregon Coast Hwy. 

Recon, 49-1422 Crook Prineville-Sage Hollow Sec., 1st - $1,250 
Crooked River Highway 

Reconn. 107-1421 39 Cr.ok Prineville-Post Section, lst - $1,250 


Paulina Highway 


Cinder Pit 11861465 Kiamath Rocky Point-Wocus Marsh Sec., lst - $ 50 
Klamath Lake Highway 
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to carry on all of the jobs simultaneously. The airport projects, 
he said, are defense projects; hence had priority over the highway 
work. He recommended in view of the reasons for the contractor's 
delay, that the extension of time requested be granted without pen- 
alty. “he Commission approved the recommendation. 


C. J. Montag & Sons, contract No. 2489, for construction of 
the Umatilla River Overcrocsing on the Boardman-Stanfield Highway, 
in Umatilla County, requested an extension of time, from April 15, 
to December 17, 1942, within which to complete this job. They at- 
tributed their failure to complete the project within the specified 
time limit to shortage of steel which made it necessary for them to 
close down their operations from January to August of 1942. The En- 
gineer advised that the reason given by the contractor for failure 
to complete the project within the specified time limit is correct. 
He recommended in view thereof that the extension of time requested 
be granted without penalty. A letter was presented from the Public 
Roads Administration concurring therein, The Commission approved 
the recommendation. 


Jacobsen-Jensen Company, contract No, 2532, for grading, sur- 
facing and oiling the South Hermiston Section of the Old Oregon 
Trail Highway, in Umatilla County, requested an extension of time, 
from June 30 to November 14, 1942, within which to complete this 
job. It alleged that the principal reason for failure to complete 
the project within the specified time limit was its inability to 
release equipment and personnel from another contract that it had 
under way at the Umatilla Ordnance Depot, and difficulties in secur- 
ing road oil. The Engineer advised tr.at the reasons given by the 
contractor for overrunning the specified time limit are substanti- 
ally correct. He recommended in view of the circumstances and the 
fact that the contractor's work at the Ordnance Depot was a war 
emergency project that the extension of time requested be granted 
without penalty. The Commission approved the recommendation, 


F, R. Hewett, contract No. 2560, for surfacing and construc- 
tion of bituminous macadam on the Boardman-Stanfield Section of the 
Boardman-Stanfield Highway, in Morrow and Umatilla Counties, re- 
quested an extension of time, from September 30 to December 12, 
1942, within which to complete this job. He attributed his failure 
to complete the project within the specified time limit to the fol- 
lowing: unseasonable late rains which held up oiling operations 
for three weeks on a contract that he held in the state of Washing- 
ton, so it was not possible for him to send his equipment to the 
Oregon job until late in June; necessity to complete the construc- 
tion of the Condon-Morrow County Line Project on the Wasco-Heppner 
Secondary Highway; difficulties in securing competent labor; acci- 
dents which occurred to two oiling superintendents on the job; and 
adverse weather conditions after October 27, 1942. The Engineer 
advised that the principal causes that contributed to the delay in 
completing this project within the specified time limit were lateness 
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labor, the Labor Unions maintaining a picket on the job all of the 
time that work was under way because Mr. Houck refused to enter into 
an agreement with the Unions with respect to labor matters. On ac- . 
count of this trouble, he added, the United States Employment Ser- 
vice refused to assign men to the job and Mr. Houck was unable to 
find many good men to carry on the work. As a further result of 
Union troubles, he said, the gravel producers in the Coos Bay area 
refused to furnish Mr. Houck with concrete aggregates, which forced 
him to ship them from Eugene. Mr. Houck's statements as to diffi- 
culties in securing deliveries of material, he said, are correct. 

He recommended, in view of the circumstances, that the extension of 
time requested by Mr. Houck be granted without penalty. A letter 
was presented from the Public Roads Administration concurring there- 
in, The Commission approved the recommendation. 


M. L. O'Neil & Son, contract No. 2442, for grading and topping 
the Morrow County Line-Stanfield Section of the Boardman-Stanfield 
Highway, in Umatilla County, requested an extension of time, from 
April 30 to September 16, 1942, within which to complete this job. 
They attributed their failure to complete the project within the 
specified time to adverse weather conditions and to the noncomple- 
tion of the bridge over the Umatilla River, which was being built 
under separate contract, it being necessary for them to haul certain 
excavation material over this bridge, as provided for in the con- 
tract. The Engineer advised that the contract was awarded on 
March 27, 1941, and that the contractor commenced operations soon 
thereafter but could not carry them to conclusion because the Uma- 
tilla River Bridge, which was being built under another contract, 
was in an uncompleted state, there having been delays in connection 
with that project because of material priorities. M. L. O'Neil & 
Son, he said, were allowed to suspend their operations and move 
their equipment from the job, pending completion of the bridge struc- 
ture. They resumed operation in 1942, but could not complete the job 
within the specified time limit because of wartime conditions which 
made it difficult for them to secure competent help and repair parts 
for their equipment. He recommended in view of the circumstances 
that the extension of time requested be granted without penalty. A 
letter was presented from the Public Roads Administration concurring 
therein. The Commission approved the recommendation. 


E. &, Hall Company, contract No. 2471, for grading and paving 
the Eugene Overcrossing-Seventh Avenue Section of the Pacific High- 
way, in Lane County, requested an extension of time, from October 31, 
1941, to November 10, 1942, within which to comple*’e this job. No 
reason was given for failure to complete the project within the 
specified time limit. The Engineer advised that this contract was 
awarded on May 21, 1941, and that the contractor started operations 
on May 26 of the same year, but the work was not carried to a con- 
clusion in the specified time limit because the contractor had in 
progress at the same time construction of the Eugene and Corvallis 
Airports, and he was unable to secure sufficient grading equipment 
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extension of time requested be granted without penalty. A letter 
was presented from the Public Roads Administration concurring there- 
in, The Commission approved the recommendation, 


Tower Sales & Erecting Company, contract No. 2534, for construc- 
tion of the Going Street Overcrossing on the Swan Island Access Road, 
in Multnomah County, requested an extension of time, from September 15 
to December 17, 1942, within which to complete this job. It alleged 
that the overrun of time limit was due to delays in receiving neces- 
sary materials and to a change in the plans which required additional 
excavation and concrete. The Engineer advised that the reasons given 
by the contractor for failure to complete the project within the spec- 
ified time limit are correct. He recommended that the extension of 
time requested be granted without penalty. A letter was presented 
from the Public Roads Administration concurring therein. The Commis- 
sion approved the recommendation. 


The Engineer reported that contracts Nos. 2332, 2442, 2471, 2489, 
2532, 2560, 2563, 2577 and 2584, for construction of state highway projects, 
have been completed according to the terms of the contracts or modifications 
thereof, and that said jobs are now ready for acceptance. The following reso- 
lution accepting the above contracts was offered and was adopted by the unan- 
jmous vote of the Commission: 


WHEREAS, the Engineer has reported that the following 
State Highway Commission contracts for the construction of state 
highway projects have been completed according to the terms and 
provisions of the contracts and said jobs are now ready for ac- 
ceptance: 


Contract No. 2382, with Roy L. Houck, for grading 
and paving the North Marshfield and Marshfield-Bunker 
Hill Sections of the Oregon Coast Highway, in Coos County. 
Completed October 5, 1942. 


Gonbract No. 2442, with M. L. O'Neil & Son, for grad- 
ing and topping the Morrow County Line-Stanfield Section 
of the Boardinan-Stanfield Highway, in Umatilla County. 
Completed September 16, 1942. 


Contract No. 2471, with E. C, Hall Company, for grad- 
ing and paving the Eugene Overcrossing-Seventh Avenue Sec- 
tion of the Pacific Highway, in Lane County. Completed 
November 10, 1942. 


Contract No. 2489, with C. J. Montag & Sons, for con- 
struction of the Umatille River Overcrossing and other 
structures near Stanfield, on the Boardman-Stanfield High- 
way, in Umatilla County. Completed December 17, 1942. 


Contract No. 2532, with Jacobsen-Jensen Company, for 
grading, surfacing and oiling on the South Hermiston Section 
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in starting the oiling work; poorly organized oiling crews; delays 
incident to grading operations 3 and aiterations of design. The con- 
tractor, he said, commenced the production of rock for this pro ject 
early in the spring and had he been able to start oiling operations 
in May he could have completed the job within the specified time 
limit; however, for reasons given by him, he was not able to start 
the oiling work as early as was anticipated. The contractor's state- 
ments with respect to the completion of state projects near Condon 
and Hermiston, he said, are correct as are also his statements with 
respect to difficulties in securing labor, the fact being that he 
was unable to obtain and keep competent men on the job because of 
the government work at the Umatilla Ordnance Depot. He recommended 
in view of the circumstances that the extension of tims requested 

be granted without penalty. A letter was presented from the Publio 
Roads Administration concurring therein. The Commission approved 
the recommendation. 


F. R. Hewett, contract No. 2563, for construction of the Uma- 
tilla Ordnance Depot Undercrossing structure and approach road, in 
Umatilla County, requested an extension of time, from June 30 to 
December 12, 1942, within which to complete this job. He gave the 
following reasons for failure to complete the project within the 
specified time limit; suspension of work on the undercrossing by 
order of the Engineer until structural steel had been shipped from 
the rolling mill; instructions from the Resident Engineer to finish 
the oiling on the Boardman-Stanfield Project before oiling the ap- 
proaches to the undercrossing structure; bad weather conditions 3 
difficulties in securing experienced carpenters and other labor; 
and increased quantities of work to be done, The Engineer advised 
that he ordered the contr stor to stop the excavation for the abut- 
ments of the undercrossi because the operation required the de- 
touring of the Union Pacific Railroad Company's main line over a 
Shoofly track, and it did not seem advisable to do the abutment e::- 
cavation work until it was definitely certain that the structural 
steel needed for the job would be delivered, This delay, he said, 
interfered with oiling operations, so that such work was not done 
until adverse weather was encountered. He recommended in view of 
the circumstances that the extension of time requested be granted 
without penalty. A letter from the Public Roads Administration con- 


ac curring therein was presented. The Commission approved the recom- 
= mendation. ' 


J. F. Johnston, contract No, 2577, for widening of bridges on 
the Lewisburg-Corvallis Section of the Pacific Highway West, in Ben- 
ton County, requested an extension of time, from August 15 to Octo- 
ber 9, 1942, within which to complete this job. He attributed his 
failure to complete the project within the specified time limit to 
Shortage of labor and inability to obtain necessary materials when 
needed. The Engineer advised that the reasons given by the con- 
tractor for failure to complete the jov within the specified time 
limit are correct. He recommended in view thereof that the 
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y at of M. C. Lininger & Sons, Medford, at $24,750.00. The 
Cu. .ssion rejects this bid. 


"crescent Rock Production Project on The Dalles-California 
Highway, in Klamath County. No bids were received for this proj- 
ect. 


"Chemult Rock Production Project on The Dalles-California 
and Willamette Highways, in Klamath County. M. C. Lininger & 
Sons, Medford, submitted the only bid for this project in the 
amount of $34,450.00. The Commission rejects this bid. 


"Trent-Salt Creek Falls Rock Production Project on the 
Willamette Highway, in Lane County. A. H. Saxton & Son, Cor- 
vallis, submitted the only bid for this project in the amount 
of $52,480.00, The Commission awards this contract to A. H. 
Saxton & Son at their bid of $52,480.00. 


"Rock Creek-Joseph Rock Production Project on the Wallowa 
Lake Highway, in Wallowa County. M. C, Lininger & Sons, Med- 
ford, submitted the only bid for this project in the amount of 
$39,400.00, The Commission awards this contract to M. Cc. Lin- 
inger & Sons at their bid of $39,400.00. 


Sale of residence building at Lampa Creek Landing, Coos County: 


_ “Three bids were received for this building, the high one 
being that of Gene F. Robison, Coquille, at $125.00. The second 
high bid was submitted by T. W. Panter, Bandon, at $50.00. The 
Commission considers the offer of Mr. Robison satisfactory and ac- 
cordingly sells the building to him for $125.00." 


Messrs. F. D. Macpherson, representing the Western Log and Lumber 
Administrator, and A. F. Koppisch of the D. & K. Logging Company, Astoria, 
came before the Commission in regard to the securing of rock from the right 
of way of the Oregon Coast Highway along Short Sand Beach Creek, near the 
Clatsop-Tillamook County line, for use in connection with the surfacing of 
a logging road extending from the highway to the company's timber. Mr. Mac- 
pherson was spokesman. He advised that the War Production Board is particu- 
larly interested in this matter because the Government is extremely anxious 
to secure the spruce timber that the company is cutting. He gave as his 
understanding that the company needs about 4,000 cubic yards of rock to sur- 
face its road, and urged the Commission to take favorable action on the re- 
quest as a war emergency measure, because it is absolutely necessary that the 
timber be gotten out and this is the only available source of supply of rock. 
The Engineer inquired whether or not the company would be willing to protect 
the general public and the state by maintenance of flagmen on the highway dur- 
ing the quarrying operations, furnishing of public liability and property dam- 
age insurance, and by furnishing of a bond to guarantee the cost of repairing 
damage that may occur to the highway by reason of the operations; also, wheth- 
er or not the company would be willing to pay 30.03 per cubic yard for the 
material taken. 
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of the Old Oregon Trail Highway, in Umatilla County. Com- 
pleted November 14, 1942. 


Contract No. 2560, with F. R. Hewett, for surfacing 
and bituminous macadam surfacing on the Boardman-Stanfield 
Section of the Boardman-Stanfield Highway, in Morrow and 
Umatilla Counties. Completed December 12, 1942. 


Contract No. 2563, with F. R. Hewett, for construc- 
tion of the Umatilla Ordnance Depot Undercrossing, in Uma- 
tilla County. Completed December 12, 1942. 


Contract No. 2577, with J. F, Johnston, for widening 
three bridges on the Lewisburg-Corvallis Section of the 
Pacific Highway West, in Benton County. Completed Octo- 
ber 9, 1942. 


Contract No. 2584, with Tower Sales & Erecting Com- 
pany, for construction of the Going Street Overcrossing 
on Northeast Going Street in Portland, Multnomah County. 
Completed December 17, 1942. 


THEREFORE, BE IT RESOLVED that the work covered by said 
state highway contracts for the construction of said state highway 
projects be declared completed according to the terms of the re- 
spective contracts, and said jobs are hereby accepted and final 
payment in connection with each is hereby authorized. 


The Commission discussed the date for its next meeting for the re- 
ceiving of bids for highway construction work and decided to hold such meeting 
in Portland on Thursday, February 18, 1943, The Secretary was instructed to 
make the usual arrangements to hold such meeting in the auditorium of the Pub- 
lic Service Building. 


The Commission adjourned at 12:00 noon and reconvened at 2:00 p. m 
in the same room with the same persons present and participating. 


Chairman Cabell announced the following awards of contracts and sale 
of residence property, bids for which were taken at the morning session, such 
awards having previously been approved by the Commission by unanimous vote: 


"Richland-Halfway Rock Production Project on the Baker-Homestead 
and Valfway Highways,in Baker County. M. C. Lininger & Sons, Medford, 
Submitted the only bid for this project in the amount of $26,000.00. 
The Commission awards this contract to M. C. Liminger & Sons at their 
bid of $26,000.00. 


"Ochoco Summit Rock Production Project on the Ochoco Highway, in 
Crook and Wheeler Counties. The only bid received for this pro ject 
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unsatisfactory for their use. He asked tne Commission to improve the McTim- 
monds Road so that it would be suitable for loaded trucks as well as for empty 
trucks, thus avoiding use of the road through the cantonment. 


The Engineer estimated that it would cost about $50,000 annually to 
provide a temporary improvement and to maintain the road for log hauling. It 
was his thought that the expenditure is unwarranted in view of the temporary 
nature of the work. He gave as his opinion that the expenditure would be a 
waste of funds and that the road would still be a dangerous one for general 
public use because it still would be narrow and would contain numerous sharp 
pitches where sight distance would be extremely short. He suggested that the 
proper solution of this problem would be for the company to arrange for the 
transportation of its logs over the Valley and Siletz railroad which extends 
into that district, and recommended that the Commission do not improve the 
MeTimmonds Road as requested, Chairman Cabell advised that the Commission's 
finances will not permit an expenditure of such large sum of money for such 
improvement. Furthermore, the Highway Department does not have the men and 
equipment to spare in view of wartime conditions. He nointed out that the 
Federal Government controls the construction activities of the State Highway 
Department to a very large extent and that it is practically impossible to 
undertake a project without ,overnmental approval. He concurred with the En- 
gineer that the proper solution would probably be the use of the railroad, 
advising, however, that the Highway Commission has no control over the railroad, 
although the availability of the railroad would have some influence on the 
Commission's decision with respect to the road improvement. He confirmed the 
Engineer's statement that there apoears to be no justification for the improve- 
ment of the -McTimmonds Road. 


Mir. Barnes replied that it is not only a matter of providing trans- 
portation for the logs, because they might be able to arrange for the use of 
the railroad, but it also involves the transportation of their men, as the 
comany is obliged to pick up the men at their homes and furnish them trans- 
portation to and from the woods. Mr. Lockwood.also pointed out that the com- 
pany has no facilities for the dumping of logs at Independence, and that it 
would cost the comoany about $10,000 to provide such facilities; furthermore, 
4t would take about three months' time to furnish them. The Engineer pointed 
out that the Commission is now endeavoring to secure federal funds with which 
to finance the construction of a new road between Airlie and Pedee, surveys 
for which are now under way. If the Government ap roves such project, he 
said the Commission would immediately advertise the project for bids, but in 
any event the road would not be available for use until fall, and in addition 
thereto the Commission still has the problém of improving the present road 
from Suver to Airlie. 


After further discussion the conference was concluded by a statement 
from Chairman Cabell to the effect that the Highway Commission can see no jus- 
tification for an expenditure to improve the MeTimmonds Road for temporary use 
but will do all that it possibly can to secure governmental aporoval for the 
construction of the Airlie-Pedee Road, although its efforts in that regard may 
be handicapped by the fact that the railroad is available for the transporta- 
tion of logs from that district. 


Mr. Koppisch stated his willingness to pay for the material at the 
rate mentioned and to comply with the Commission's requirements in every other 
respect, if granted this privilege. After further discussion the Commission 
approved the request subject to the conditions mentioned by the Engineer, 
Chairman Cabell having explained in the meantime that the granting of such 
privilege by the Commission is contrary to its established policy, but the 
Commission is willing to stretch a point in this particular instance because 
of the emergency. The Attorney was instructed to prepare an appropriate form 
of agreement covering the matter. 
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At tle conclusion of this discussion Mr. J. 0. Mulligan, logging 
contractor, Seaside, and his attorney, Mr. J. F. Hadler, Portland, conferred 
with the Commission relative to obtaining a similar yardage of rock from the 
same source for the surfacing of Mr. Mulligan's logging road. Messrs. ‘ac- 
pherson and Koppisch were asked to sit in on the discussion, Mr. Mulligan 
stated that he would comply with all of the requirements of the State Highway 
Commission, if granted this privilege, and that he would cooperate fully with 
lir. Koppisch in the quarrying of the rock so as to eliminate any possibility 
of friction between the two operators. Mr. Koppisch offered no objections to 
Mr. Mulligan's use of the quarry, and agreed to cooperate with him. Mr. Mac- 
pherson urged the granting of the request and agreed to send the Commission a 
confirming letter. As a result of further discussion the Commission unanimous- 
ly approved the taking of the additional yardage from this location by Mr. 
Mulligan, and it was mutually agreed among all parties that the matter should 
be covered by a joint agreement between both parties and the Commission. 
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The Engineer suggested, due to the fact that there is a question as 
to the exact amount of yardage that is to be taken from this site, and in or- 
der to eliminate expense of checking the rock as it is removed, that it would 
be advisable to set a maximum of 10,000 cubic yards, and that the operators 
pay a flat sum of $300 for such privilege, with the understanding that if more 
than 10,000 cubic yards are taken, then a check will be made to determine the 
exact quantity and the additional amount to be paid. Mr. Koppisch and Mr. 
Mulligan both agreed to such arrangement and it was so ordered by the Commis- 
sion. 


Messrs. George Parnes and Sam Lockwood, of the Spaulding Logging 
Company, came before the Commission in regard to the improvement of the Mc- 
Timmonds county road, in Polk County, to facilitate the truck hauling of logs, 
from timber holdings near the town of Pedee, to Independence. Other inter- 
ested parties present were: Messrs. C. L. Starr, representing the Valley and 
Siletz Railroad Company; Fred Gibson and H, H. Brant, County Commissioners of 
Polk County; E. L. Gray of Independence; and Floyd J. Cook, Executive Secre- 
tary of the Highway Traffic Advisory Committee. Mr. Barnes pointed out that 
the road over which their logs are now being transported lies partially with- 
in the boundaries of Camp Adair and that the Army authorities will not allow 
their trucks to pass through the cantonment, except between 12:00 noon and 
1:00 p. m., and after 5:00 p. m., and at those times only loaded trucks are 
passed through, it being necessary for the empty trucks to return to Pedee 
by way of the lMcTimmonds road, which is in very poor condition and entirely 
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WHEREAS, the City of Hood River has by resolution duly 
and regularly adopted authorized the installation and maintenance 
of certain traffic control signals on certain specified streets in 
said city; and 


WHEREAS, the City has, pursuant to the provisions of Sec- 
tion 115-310 and the provisions of Section 115-351, 0. C. Eid, re- 
quested the Highway Commission to approve said locations and provide 
the specific type and design of the particular traffic signals to be 
erected and maintained; and 


WHEREAS, the streets and street intersections where it is 
proposed by the City to erect and maintain traffic signals as dis- 
closed in said resolution are as follows: 


One on the south side of Columbia Street, near its 
intersection with Industrial Street. 


One on the east side of Fourth Street, near the south 
side of Columbia Street. 


One on the east side of Sixth Street, near the south 
side of Industrial Street. 


Two on Sixth Street, -one on the east side of Sixth 
Street, near the south line of Columbia Street, and one on 
the west side of Sixth Street near the north line of Colum- 
bia Street. 


Two on Sixth Street, one on the east side of Sixth 
Street, near the south line of Cascade Avenue, and one on 
the west side of Sixth Street near the north line of Cas- 
cade Avenue. 


Two on Sixth Street, one on the east side of Sixth 
Street near the south line of State Street, and one on the 
west side of Sixth Street near the north line of State 
Street. 


Two on Sherman Avenue, one on the south side of Sher- 
man Avenue, near the west line of Sixth Street, and one on 
the north side of Sherman Avenue, near the east line of 
Sixth Street. 


One on the north side of Hazel Avenue near the east 
side of Serpentine Street. 


Two on Eugene Street, one on the north side of Eugene 
Street near the east side of Serpentine, one on the south 
side of Eugene Street near the west side of Fourth Street. 


The Commission discussed a letter from Mr. Herman 0. Sites, District 
Manager, Office of Defense Transportation, inquiring as to the possibilities 
of obtaining additional information from the Highway Department with respect 
to overweight violations committed by log haulers. The Engineer advised that 
a report is now being sent to Mr. Sites each month, giving certain information 
regarding such violations but it ap»,ears that the report does not contain all 
of the information that Mr. Sites desires and he is asking that the Highway 
Department's weighmasters show in their daily reports the total number of 
wheels on the equi »ment,tire sizes, and the gross loads involved. To furnish 
such additional information, he said, would require the employment of five ad- 
ditional weighmasters which would cost the state approximately $10,000 annual- 
ly. Ye pointed out that under present conditions it is extremely difficult 

to hire men who are competent to do this work and anyway, he said, such infor- 
mation should be available to lir, Sites from the Office of Price Administra- 
tion, inasmuch as it is his understanding that such agency has perfected an 
organization te obtain such information. Ye recommended that the request be 
denied for reasons stated. After discussion the Commission approved the rec- 
ommendation and instructed the Engineer to exvlain to Mr. Sites the reasons 
that motivated the Commission's action. 


The Engineer reported receipt of an inquiry from the Public Roads 
Administration whether or not the state would contribute funds toward the cost 
of realigning a short section of the Oregon Coast Highway near Astoria to ac- 
commodate a proposed extension of a runway at the Astoria Airport. Fe advised 
that the survey for the project is estimated to cost $5,000, right of way 
$20,000, and construction $300,000, or a total of $325,000, and that the state 
is being asked to pay 25 per cent of this expense. ir. W. H. Lynch, District 
Engineer, Public Roads Administration, who was present, advised that the re- 
quest is being made in behalf of the United States Navy Department. The Com- 
mission took no definite action on the matter, although it indicated that it 
would not approve such expenditure in view of the fact that the highway inm- 
provement is of no benefit to the state, but on the other hand would introduce 
extremely bad curvature in the highway alignment. 


The Commission had under discussion a resolution from the Hood River 
City Council in which the Commission is asked to approve the installation of 
traffic signs at numerous city street intersections. The Attorney advised 
that undoubtedly this resolution is presented to the Commission for approval 
under the provisions of Section 115-310, 0.C.L.A., which law provides that the 
State Highway Commission shall have general supervision with respect to the 
erection by local authorities of official traffic signs and signals for the 
purpose of obtaining uniformity as to type and location of such facilities 
throughout the state. The Engineer advised that investigation reveals that 
there is justification for most of the signs. He recommended approval of the 
city's request provided the city will furnish a type of sign which meets the 
approval of the Commission and will erect them in satisfactory locations. The 
Commission approved the recommendation and instructed the Engineer to notify 
the city of the action taken, and to point out to the city the locations con- 
cerning which there is doubt whether or not the signs are justified. The fol- 
lowing resolution with respect to this matter was adooted by the Commission: 


1. One at the intersection of Columbia and Industrial 
Streets designating Columbia Street on the west as a stop 
street. 


2. One at the intersection of Fourth and Columbia 
Streets designating Fourth Street on the south as a stop 
street. 


3. One at the intersection of Sixth and Railroad 
Streets designating Sixth Street on the south as a stop 
street. 


4. Two at the intersection of Sixth and Columbia 
Streets designating Sixth Street on the north and south 
as a stop street. 


5. Two at the intersection of Sixth and Cascade 
Streets designating Sixth Street on the north and south 
as a stop street. 


6. Two at the intersection of Sixth and State 
Streets designating Sixth Street on the north and south 
as a stop street. 


7, Two at the intersection of Sixth and Sherman 
Streets designating Sherman Street on the east and west 
as a stop street. 


8. One at the intersection of Hazel and Serpentine 
Streets designating Hazel Street on the east as a stop 
street. 


9. One at the intersection of Eugene and Merpentine 
Streets designating Eugene Street on the east as 4 stop 
street. 


9a. One at the intersection of Fourth and Eugene 
Streets designating Eugene Street on the west as a stop 
street. 


10. Two at the intersection of Fourth and Montello 
Streets designating Montello Street on the east and west 
as a stop street. 


ll. ‘Two at the intersection of Fourth and Prospect 
Streets designating Prospect Street on the east and west 
as a stop street. 


12. ‘Two at the intersection of Fourth and June Streets 


designating June Street on the east and west as a stop 
street. 
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Two on Montello Avenue, one on the south side of Mon- 
tello Avenue, near the west side of Fourth Street, and one 
on the north side of Montello Avenue, near the east line 
of Fourth Street. 


Two on Prospect Avenue, one on the south side of Pros- 
pect Avenue, near the west line of Fourth Street, and one 
on the north line of Prospect Avenue, near the east line 
of Fourth Street. 


Two on June Street, one on the south side of June 
Street near the west line of Fourth Street, and one on the 
north line of June Street near the east line of Fourth 
Street. 
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Two on May Street, one on the south side of May Street 
near the west line of Fourth Street, and one on the north 
side of May Street near the east line of Fourth Street. 
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One on the north side of Pine Street near the east 
side of Fourth Street. 


One on the south side of Sherman Avenue near the west 
side of Seventeenth Street. 


One on the east side of Eighteenth Street near the 
south side of May Street, 


Two on First Street, one on the east side of First 
Street, near the Union Pacific Railroad right of way cross- 
ing, and one on the west side of First Street near the 
north line of the Union Pacific Railroad right of way 
crossing. 


One on the east side of the road leading to Jaymar 
Mill near the south side of the Union Pacific right of way 
crossing. 


AND WHEREAS, it is the judgment of the Highway Commission 
that there should be authorized by the Commission, in so far as it 
has authority so to do, the erection and maintenance of traffic con- 
trol signals of the type, design and specifications and at the loca- 
tions hereinafter in this resolution particularly get out. 


NOW, THEREFORE, BE IT AID IT HEREBY IS RESOLVED by the 
Highway Commission, as follows: 


1. That the City of Hood River may cause to be erected 
and thereafter maintained by the City, without expense to the State, 
traffic control signals at the following points, places or street 
intersections: 
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EXHIBIT A 
TABLE SHOWING DESIGN TYPES AP-ROVED 
FOR CITY STREETS IN HOOD RIVER 
Location No. Units 
No. Location Req'd. Design Type No. 
1. South side Columbia St., near 1 - Standard Sign OW-2A-18" 
Industrial 
26 East side Fourth St., near 1- : 
Columbia 
3. East side Sixth St., near 1 - bd 
Industrial 
4e East and West sides Sixth St., 2- " 
near, Columbia 
5. East and West sides Sixth St., 2- " 
near Cascade Ave. 
6. East and West sides Sixth St., 2 - n 
near State Street 
7. North and South sides Sherman Ave., 2 - Standard Sign OW-3A-18" 4 
near Sixth St. 1% 
8. North side Hazel Ave., near : n “ 
Serpentine St. 
9. North side Eugene St., near : " 
Serpentine St. 
9a. South side Eugene St., near 1 - n tee 
Fourth St. oe 
10, North and South sides Montello St., 2 - " 
; near Fourth St. 
ll. North and South sides Prospect St., 2 - " 
near Fourth St. 
12, North and South sides June St., 2- " 
near Fourth St. 
13. North and South sides May St., 2 - " 
near Fourth St. 
14. North side of Pine near Fourth St. 1 - " 
15. South side Sherman Ave., near 1 - Standard Sign OW-2A-18" 
Seventeenth 
16. East side 18th St., near May 1 - " 
17. East and West sides First St., 2 - Standard OW-8AR-30" 
near Union Pacific crossing 2 - Standard 0C-464-30" 1/ 
18. East side of road leading to Jay- 1 - Standard Sign OW-8AR-30" 
mar Mill near Union Pacific 1 - Standard Sign 0C-46\-22" 1/ 
crossing 


1/ Number of tracks indicated on sign to conform to field conditions. 
(See Exhibit E, Standard Sign OC-46A-30"). 


13. Two at the intersection of Fourth and May Streets 
designating May Street on the east and west as a stop street. 


14. One at the intersection of Fourth and Pine Streets 
designating Pine Street on the -east as a stop street. 


15. One at the intersection of Seventeenth and Sherman 
Streets designating Sherman Street on the west as a stop 
street. 


16. One at the intersection of Eighteenth Street and 
County Road designating Eighteenth Street on the south as 
a stop street. 


17. Two at the intersection of First Street and the 
Union Pacific right of way designating First Street on the 
north and south as a stop street, 


18. One at the intersection of the road leading to 
Jaymar i{ill and the Union Pacific right-of way designating 
the road leading to Jaymar Mill on the south as a stop 
street. 


2. That there is attached hereto, marked Exhibit A and by 


this reference made a part hereof, a table showing the type and de- 
sign of traffic control signal which shall be used and employed by 
the City and which shall be erected and maintained at the respective 
locations shown on said Exhibit A. 


3. That there is attached hereto a set of white prints, 


consisting of four sheets, marked Exhibits B, C, D, and E, which ex- 
hibits are by this reference made a part of this resolution and 
which said exhibits are to supplement Exhibit A and together with 
Exhibit A are intended to disclose the type and location of the par- 
ticular traffic signals authorized and provided for by this resolu- 
tion.+* 


4. That such traffic signals as may be erected and there- 


after maintained by the City within the meaning and purpose of this 
resolution shall be at the expense of the City and without cost to 
the State. 


5. That this resolution be entered in the minutes and 
erds of the Commission and a duly certified copy thereof deliv- 
d to the municipal authorities of the City of Hood River. 
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z= Black border. ® from edge 
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OREGON STATE HIGHWAY DEPARTMENT 
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¥g Holes drilled as shown 

Sign No OW-8AR-30 reflectorized with 
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The Commission discussed a request from the Hines Lumber Company, 
Hines, Oregon, for the erection of stop signs at five street intersections 
on the Pendletor-John Day Highway, in the town of Seneca. Commissioner Oliver 
advised that there is justification in this request, because the business 
houses in Seneca are located on the opposite side of the highway from the 
residential district. He recommended approval of the request, at least in so 
far as it pertains to the highway within the city limits of this tom. Chair- 
man Cabell concurred, and the Engineer was thereupon instructed to erect the 
signs, The following resolution designating the Pendleton-John Day Fighway a 
stop highway through the town of Seneca was thereupon adopted by the Commis- 
sion by unanimous vote: 


WHEREAS, the John Day-Burns Highway through the unincorpor- 
ated town of Seneca is a state highway and therefore a part of the 
state highway system; and 


WHEREAS, said highway through said town carries a large vol- 
ume of traffic, both local traffic and through traffic; and 


WHEREAS, in the judgment of the Commission said section 
of said John Day-Burns Highway should be designated as a main- 
travelled or through highway; 


WOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
Commission, a majority of the members being present and voting 
affirmatively as follows: 


1. That the section or portion of the John Day-Burns 
Highway through the town of Seneca be and the same hereby is des- 
ignated as and declared to be a main-travelled or through highway. 


2. That the Highway Engineer be and he hereby is in- 
structed to place or cause to be placed along said highway at all 
points where streets or roads intersect or enter said highway be- 
tween mile post 24.10 and mile post 24.00 signs or markers notify- 
ing drivers of vehicles to stop before entering or crossing said 
highway. 


3, That the Engineer is further instructed to place 
such signs or markers as nearly as practicable at the place or 
places where said cross or intersecting roads or streets meet a 
prolongation of the nearest property line of such through highway, 
and such signs so placed and installed shall indicate and desig- 
nate to drivers of motor vehicles entering said through highway 
from any of said cross or intersecting roads the place where the 
stop shall be made, 


4. This resolution shall be entered in the minutes and 
records of the Coraission as of the fourteenth day of January, 
1943, and a duly certified copy thereof delivered to the Public 
Roads Administration and a copy to the County Court of Grant County. 
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Portland, Oregon, February 17, 1943 


The State Highway Commission met in regular session at 8:30 p. m. 
in room 515 (Imperial Room) Imperial Yotel. Present were: / 


Henry F, Cabell, Chairman 

Huron W. Clough, Commissioner 

Herman Oliver, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


The Commission discussed real property matters and in connection 
therewith the Assistant Attorney presented a list of properties that are need- 
ed in connection with various highway improvements throughout the state. After 
careful consideration of each item the Commission authorized acquistion of the 
several parcels at the prices recommended by the Assistant Attorney. Nr. 

JT. M. Davis, Senior Highway Engineer, Public Roads Administration, who was 
present, approved the prices to be paid for the parcels in which the Federal 
Government is particularly interested. The following resolution with respect 
to such purchases was thereupon adopted by the Commission by unanimous vote. 


WHEREAS, in connection with the further improvement of 
the highways hereinafter designated, it is and has been necessary 
to acquire property for right of way, quarry sites, gravel or other 
material sites, or sites for the storage of materials, as herein- 
after more definitely set forth, and 


WHERFAS, as a result of negotiations carried on with the 
owners of the property required, options have been obtained, which 
options have been considered by the Commission, outlining the bases 
of settlement which have been agreed upon, and ; 


WHEREAS, it is the judgment of the Commission that the 
said options should be approved and accepted, and/or the said re- 
ports be declared acceptable to the State Highway Comission as 
bases of settlement for the properties involved, and that the ac- 
quisition of the properties should be- completed: 


NOW, THEREFORE, BE IT RESOLVED that the several offers, 
or bases of settlement hereinafter enumerated be, and the same 
hereby are, approved and accepted, and that the Attorney for the 
State Highway Commission be, and he hereby is instructed to tom- 
plete the acquisition of the said properties and to take title 
thereto in the name of the State of Oregon. The said properties 
hereby ordered and authorized to be acquired are as follows: 


Section, Hwy., and Owmer Purpose Acres Approximate, Amounts Agent 


Tongue Point Section, Columbia River Highwa 
91S6A-Astoria, City of m% 20,000 sq.ft. GRATIS Benson 


In this connection the Attorney pointed out that a search of the 
records disclos¢s that there are a number of highways that the Commission has 
not formally designated "through highways," requiring traffic from side roads 
to stop before entering the same. He said that such information is valuable 
in connection with law suits arising out of highway accidents, and suggested, 
in view thereof, that the Commission take official action with respect to such 
raads by adopting appropriate resolutions making them "through highways." The 
Commission approved the suggestion and instructed the Engineer to furnish the 
Attorney with a list of the highways to be so covered. 
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The Commission discussed a reouest from the City of Tillamook for 
the installation of traffic signals at the intersection of Second Avenue East 
and Third Street, in Tillamook. “he Engineer advised that this matter has 
been investigated and the report indicates that the installation is justified. 
“Ye estimated the cost of the installation at approximately $200 and recommended 
approval of the request. The Commission approved the recommendation. 


The Commission considered and signed agreements, et cetera, as fol- 
lows: 


- oe 
se tte yin nimenrtehentntt apt saadii 


Agreement with Clatson County and the Cities of Warrenton and 
Hammond with respect to the maintenance of the Fort Stevens-Camp 
Clatsop Road and the VeLaura Beach Road, for the duration. 


Agreement with I. J. and Nora M. Rossman covering lease of a 
maintenance headquarters site at Florence. 
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Agreements with the following cities covering improvement of 
city streets not on state highway routes: Beaverton, McMinnville, 
Gaston, Gresham, Newberg, Independence, and Stayton. 


Asreement with E, C,. Hall Company and J. C. Compton with re- 
spect to their contract for construction of the Morrow County Flight 
Strip Project. 


Agreement with Frank A. Moore and wife relative to the acquisi- 
tion of right of way which is needed for tie improvement of the 
Pacific Highway south of Eugene. 


Quitclaim deed conveying unto the United States of America 8.64 
acres of land situate in Sections 19 and 20, T. 36 S., R..1 W., W.M., 
Jackson County, and being within the borders of Camp White Army Can- 
tonment,. 


There being no further business to come before the Commission at 
ti eting was adjourned at 3:30 p. nm. 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Mountain-Beatty Section, Klamath Falls-Lakeview Highwa 
2515-flanath Indian Tribe Quarry 3.79 5 year lease at 95 McChesney / 
Stock Pile Site per year, plus $l 
and Hauling Road 


Klamath County Rock Production Project Section, Green Springs Highwa 
Z503-Weyerhaeuser Timber Stock Pile 1.29 5 year lease $1 McChesney 


Co. Lease 
Maupin Section, The Dalles-California Highway 
5171-Troutman, A. E. Stock Pile 0.50 1 year lease at 93 DeSouza 
Site per year 
Crescent Section, The Dalles-California Highway 
10607-Bedard, Edward J. Gravel Pit 19.71 $10 per acre MeChesne y 
& Stock Pile 
7500-Dixon, C. L. R/W 1,000 sq.ft. 2¢ sq.ft. " 
7484-Schenck, Earl " 4,009 sq.ft. 2¢ sq.ft. " 
7498-Reed, Thomas # 1,000 sq.ft. 9170 LUM? SUM n 


10530-Troyer, Irene } Cozad 
(Correction) $1597.30 
10528-Olinger, Gilbert " 1,015 * 10¢ sq.ft. + $400.65 " 
10583-Garrett, Frank L. " 0.80 $200 per acre + w140 Landon 
10573-Brower, Patsey J. " 0.87 $200 per acre + $50, n 
+ fencing 
10589-March, Herbert, and . 3.03 $200 per acre, plus " 
Jennie E. Shelton $902.90 
10585-Town, Grace " 0.23 $500 per acre 
0.45 9250 per acre 
0.87 $150 per acre, plus " 
1.55 9257.50 
10533-Shields, Carrie M. " 8,845 sq.ft. 2¢ sq.ft., + $105 Cozad 
10594-Church, Bertha B. " 0.83 $100 per acre plus " 
: fencing 


Milton-Washington State Line Section, Oregon-Washington Highwa 

10603-Metz, F. G. R/W 0.38 $125 per a. + 9470.50 Landon 

10580-Toll, Elizabeth M. " 0.61 $200 per a. + ¥7.50 " 

10602-Umatilla Co., E. F. " 0.68 $100 per a. + yl2 " 
Seils & H. G. Derring 


10588-Wolfe, May " 0.25 $200 per a. + fencing " 
10596-Hunter, Gertie Lewis, n 0.50 ) 100 per acre 
Wayne §. Brinker and 0.38 ) 125 per acre, plus " 
F. G. Metz 0.88 ) 380.10 
10550-Gregory, Francis " 5,626 sq.ft. 2f sq. ft. Cozad 7 
10546-Barnes, Benj. and n 5,000 " 3¢ sq. ft., + 31350 " st 
Emma 


(Cont. on next page) 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


South Beach-Beaver Creek Section, Oregoa Coast Highway 
676-Rice, Thomas R/W 0.05 GRATIS Witt 
" 


6792-Lincoln County " 2,430 sq.ft. GRATIS 
6793-Lincoln County " 3,848 " GRATIS " 


Neahkahnic Rood 
37k-Reed, Beulah K. Park RAV 2.22 GRATIS Boardman 


Fishers Point-Manzanita Junction Section, Oregon Coast Highwa 


3025-Beard, Henry C. and 3959 sq.ft. sq. ft. Benson 
Marguerite Ballheim 
9026-Beard, Henry C. " 5,000 4@ sq. ft. + $400 " 
9024-Brauti, Erling * 19,128. ® (Approx, 33¢ sq.ft.) " 
LUMP SUM - $350 
9027-Flexner, Aimee " 211,899 " LUMP SUM - $175 . 


Union-Denver Avenue Intersection, Pacific Highwa 
10615-!iolinavi, Tony 0.096 (Approx, $1,000 per Parker 
P acre) LUMP SUM $100 


; and, Pacific Hwy. 
10142-Senn, Percie B. R $3,000 McCallister 
10160-Anderson, Per August * 5,000 * $38 ,000 " 


10141-Law, Fred N. " 2,561 3,000 " 
Brooks-Hubbard Section, Pacific Highway 
979-Harper, John S. Stock Pile Extension of lease Benson 
Site for six months - $6.25 
Santiam River-Albany Section, Pacific Highwa 
10646-Fisher, R. W. R/W 2.42 $100 per acre, + Collins 
$193.20 
10645-Geisendorfer, Sarah " 3.02 $100 per acre, + " 
Margaret $69 
10648-Truax, Howard B. " 4025 $150 per acres, + " 
$365 
; 10651-Seipp, Cora Lee " 6,534 sq.ft. 2¢ sq.ft., + $275 n 
. Bg 
: 4 Nye Junction-Butter Creek Summit Section, Pendleton-John Day Highway 
= 10767-Piquet, Emma Wachter Quarry & 4.0 930 per acre Cozad 
} Stock Pile A?) $10 per acre, + $24 
7.0 


East Pendleton Section, Old Oregon Trail Highwa 
ae | 33853a-McComas, Sophia 2574 $25 LUMP SUM DeSouza 
: Byers, Estate 


Roseburg Section, Pacific Highway 
10765-Douglas County Oil Storage 0.35 $400 LUMP SUM Lytle 


Bites 


The Engineer brought up for discussion the training and employment 
of women in the operation of motorized equipment. He advised that, due to 
wartime conditions, it is becoming more and more difficult to hire and retain 
men in these positions and suggested, in view of the success of the experiment 
that was conducted by the Highway Department last year, the training of women 
to perform such functions, particularly in connection with extra-gang seasonal 
work such as oiling and pavement patching. Ye requested authority to conduct 
a school at each of the divisional highway shops and to pay the women attend- 
ing the same an apprentice wage of twenty-five cents per hour during the time 
that they are receiving instructions. He also requested authority to pay the 
women the same wages that men receive for this class of employment if the 
women are placed on regular crews after the period of instruction terminates. 
After discussion the Commission approved the establishment of such schools 
and the wage payment of twenty-five cents per hour while the women are re- 
ceiving instructions. The Commission also authorizec the payment of the 
standard wage rate if and when the women are assigned to highway crews. 


The Engineer also brought up for discussion the matter of employ- 
ment of convicts to perform heavy labor on highway seasonal crews. He re- 
quested authority to discuss the matter with Governor Snell, the State Parole 
Board and the Penitentiary “arden, in order to secure their attitude with 
respect thereto and to enable him to arrange a definite plan for the utiliza- 
tion of these men, payment for their services, et cetera, if the plan is 
finally approved. Chairman Cabell stated that in normal times he would not 
favor such an arrangement but due to the present wartime emergency he is will- 
ing to give the matter consideration, provided the Commission has legal author- 
ity to employ convicts on its work. After considerable discussion the Attor- 
ney was instructed to look into the legal features involved and to advise tne 
Commission at its next meeting. Chairman Cabell was authorized to discuss 
the matter with Governor Snell and the members of the Parole Board, and the 
Engineer was instructed to discuss it with Mr. George Alexander, Warden of 
the Penitentiary. The Commission made no definite comaitment at this time, 
deferring the same until its next regular meeting, when reports are to be 
rendered on the results of the above-mentioned contacts. 


The Commission discussed at considerable length matters incident 
to Senate Bill 118, now before the Legislature, which provides for the deter- 
mination of the weight of a load of logs by log-scale measure rather than by 
actual weighing. The Engineer advised that if this bill should become a law 
it will be impossible to properiy design highway facilities based upon the 
uncertain weights that such facilities would be permitted to carry under the 
terms of this bill. The average log scale which is to be set up under the 
provisions of the bill, he said, would give an indefinite weight, the maximum 
of which may overstress the bridges to failure, jeopardize the lives of the 
people that use them, and may ruin highway surfaces. He also said that neither 
he nor any other engineer could in truth and justice accept the responsibility 
for the proper maintenance of the highway facilities or for the design of the 
same if this bill becomes a law, The Commission gave careful consideration 
to the Engineer's statements but took no definite action thereon except to 
confirm Chairman Cabell's statement to the Highway Committee in opposition to 
the passage of the bill. 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts Agent 


Milton-Washi n State Line Section, Oregon-Washington Highway (Cont. 
10595-Brown, Florence B, R/W 0.57 $100 per acre, plus’ Landon 


fencing 
10579-Blakler, Russel and " 0.26 $200 per acre, plus " 
Vurn Stephens fencing, + $7.50 
W. Boardman Section, Columbia River Highway 
10747-Monahan, Marie daterial 10.0 #5 per acre Cozad 
Source 


Gilliam County ‘uine-Boardman Section, Columbia River Highway 


10744-Northerr Pacific Ry. Quarry 90.0 $4 per acre Landon 
Co. 

Boardman-Stanfield Section, Boardman-Stanfield Highway 

10140-Northern Pacific Stock Pile 8.47 $5 per acre DeSouza 
Railway Co. Site 


Denver-Union Ave. Intersection, Pacific Highwa 
5671-Harry liercer Ta 5,336 sq.ft. $5000 + conveyance Parker 


Slope 400 sq.ft. 4,762 sq.ft.by state 


Easemt,. + graveling & oiling 
*(See note below) 
10766-Pacific Internat'l. R/W 0.14 Gratis, plus replacing " 
Association approach apron to park- 
ing lot. 
10682-Tower Sales & Erect- Borrow Proposal #1 8¢ per cu. yd. " 
ing Co. Pit Proposal #2 5¢ per cu. yds. providing 


P.B.P. Co. property can be 
acquired for sum of 45000 
*#i#(See note below) 


Whale Cove Section, Oregon Coast Highwa 
4196-Waling, Myrtle R/W and 6.56 $2,442 Witt 


Stockpile 1.00 #350 per acre 
Site 1.333 $150 per acre 
2.23 3400 per acre 
2.00 3500 per acre 


*5671 - This settlement was approved by the Commission subject to inspection of 
the properties by Chairman Cabell. Due to Mr. Cabell's absence from the state 
the following week, such inspection could not be arranged until Monday, March l, 
at which time lir. C. W. Parker, Right of Way Agent, telephoneiMr. Vabell's office 
and ascertained that Mr. Cabell had previously resigned as a member of tie State 
Highway Commission to join the Army and had already reported for Army duty, so 
no longer was available to pass on highway matters. The Commission's Attorney, 
ur. J. M. Devers, thereupon discussed this acquisition with Commissioners Huron 
W. Cloush and Herman Oliver, over the telephone, both of whom approved the settle- 
ment as set forth in the above resolution. 


*#10682 - This settlement was later approved on the basis of Proposal #1. (See 
minute entry ahead for details.) 
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THE DALLES-CALIFORNIA AND WILLAMETTE HIGHWAYS 
CHEMULT ROCK PRODUCTION 


M. C. Lininger & Sons $33,300.00 


S. W. GROVER STREET ACCESS ROAD IN PORTLAND 
GRADING AND PAVING 


Cascade Construction Co. $4,931.00 
Parker-Schram Co. 5,052.80 


The Engineer requested approval of the 1943 program of special main- 
tenance projects, involving a total expenditure of $950,000, made up as fol- 
lows: 


To complete projects in 1942 program. ....--- 


To complete eleven 1943 projects now under contract » « « 494,000 
Fifteen 1943 projects remaining to be contracted .... .- 403 ,000 
Projects to be contracted in 1943 for 1944 performance . . 22,000 é 


He submitted a detailed list of the projects, as follows, which the Commis- 
sion approved by unanimous vote: 


i 

1943 PROGRAM - SPECIAL MAINTENANCE i 
= 
% 


Estimated 2 
Highway Section Cu. Yd. Cost é, 


Division No. 2 


Oregon Coast Newport-Kernville 10,000 $ 32,000c ‘ ¥ 
Alsea Alsea Mountain 10,000 30,000 4 
Wilson River Mills Bridge-McNamers 25,000 81,000c 

Nehalem Banzer Bridge-Washington Co. Line 10,000 42,000c 


Total, Division No. 2 $185 ,000 


Division No. 3 


Oregon Coast Port Orford 23,100 $ 60,000c 
Willamette Salt Creek Falls-Odell Butte 14, 200 50,000c 

8 Trent-Salt Creek Falls 16,400 58,000c 
Crater Lake Trail-Prospect 8,000 24,000 
Tiller-Trail Summit-Trail 6,600 20,000 
McKenzie Belknap Springs-Four lfile Butte 11,400 35,000 


Total, Division No. 3 $247,000 


c = Projects under contract 
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The Attorney brought up for discussion matters pertaining to Senate 
Bill 86 that is now before the Legislature, which bill authorizes the Highway 
Commission to close or dead-end certain streets in the city of Cottage Grove, 
where they connect with the new state highway in this town. He advised that 
the City of Cottage Grove is strenuously opposing the passage of this bill; 
also, that a compromise arrangement has been presented to nim for disposal of 
the controversy between the Commission and the City. By this proposition, he 
said, the city will offer no objections to the closing of the Seventh treet 
connection with the highway, but it wants the Eighth Street connection left 
open for public use. The Commission considered that such compromise is not 
in accordance with the provisions of its original agreement with the City, 
which was the basis of the approval of the project by the Commission, and was 
one of the things required by the Public Roads Administration before it would 
obligate federal funds for the payment of a share of the costs involved. The 
Attorney was thereupon instructed to inform the City that the Commission en- 
tered into its agreement with the City in good faith and because the Commis- 
sion thought it was for the best interests of everyone that the streets in 
question be dead-ended at the highway right-of-way line, and in view thereof 
the Commission cannot compromise. 


The Commission adjourned at 10:45 p. m. to reconvene at 9:00 a. m, 
on the following day in the auditorium of the Public Service Building. 


Portland, Oregon, February 18, 1943 


The State Highway Commission reconvened in regular session at 9:00 
a. m. in the auditorium of the Public Service Building. Present were: 


Yenry F. Cabell, Chairman 

Huron W. Clough, Commissioner 

Hernan Oliver, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


Bids, as follows, for highway construction projects were opened and 
read in conformance with previously published notice, following which Chairman 
Cabell announced that the awards of contracts would be made at 2:30 p. m. in 
the same room: 


OCHOCO HIGHWAY 
OCHOCO SUMiIT ROCK PRODUCTION 


C. Lininger & Sons $23, 500.00 
D. C. & A. L. Williams 27,500.00 


THE DALL*S-CALIFORNIA HIGHWAY 
CRESCELT ROCK PRODUCTION 


No bids received on this project 


and in his estimation the state is not liable for payment of the claim. How- 
ever, in order to appease Mrs. Staley, he has offered to give her a small 
building, 12' x 26' in dimension, which was acquired in connection with a 
right-of-way purchase and for which the Highway Department has no use. The 
Commission approved such settlement of this matter, it being understood that 
Mrs. Staley is to pay the cost of moving the building. 


The Attorney reported the status of the Commission's offer of settle- 
ment of the Troy claim arising out of the reconstruction of the Troy Ranch Sec- 
tion of the Old Oregon Trail, in Baker County. He advised that he submitted 
to Mr. A. S. Grant, Baker, attorney for the Troy heirs, the Commission's offer 
to settle this claim for $2,500, and received a reply to the effect that the 
Troys are willing to accept such sum as settlement in full if the Highway Com- 
mission will agree to reconstruct a certain cattle pass so cattle can use it, 
will agree to maintain in workable condition a certain siphon through which 
water is conveyed to the Troy ranch, and will maintain the free flow of water 
through a certain drainage ditch approximately paralleling the highway along 
the Troy frontage. The Engineer advised that from his understanding of the 
matter it quite likely is the obligation of the Highway Commission to perforn 
these functions, at least in so far as these facilities are situate on the 
highway right of way, although he is not in position to definitely pass on 
the matter until he has consulted with Division Engineer Paul Van Scoy who 
has charge of the highways in this district. He recommended approval of the 
things requested unless objections are offered by Mr. Van Scoy. The Commis- 
sion approved the recommendation; however, instructed the Engineer to consult 
the individual Commissioners by telephone if, in Mr. Van Scoy's estimation, 
the state is not liable. The final arrangement is to be covered by written 
agreement between the Troys and the Commission. 


The Attorney reported receipt of a form letter from the Federal 
Government providing for the use of a state-owned tract of land situate near 
the Pendleton Airport, in Umatilla County. He said that this is a standard } 
government form and is satisfactory in every way except that it provides for 
ten year's use of the property by the government. He questioned whether or : 
not the Commission should lease the property on such time basis, in view of ; 
the fact that the property is valuable and very likely can te used to good : 
advantage by the Highway Department when times return to normal. After dis- 
cussion the Commission approved the leasing of the property to the government 
for a period of five years or for the duration of the war. 


The Attorney requested instructions whether or not to press the 
state's claim against Mr. Carl Meyers who was involved in an accident that re- 
sulted in the damaging of a traffic barrier on the Interstate Bridge. I+ ap- 
pears that Mr. Meyers' car was stopped at the barrier which was down for the 
opening of the bridge draw span, and that it was rammed by another car which 
evidently was traveling too fast, and, as a result, Mr. Meyers' car was 
forced into the barrier causing damage amounting to $40.80. The Attorney ad- 
vised that Mr. Meyers' insurance company will not accept liability under the 
circumstances and refuses to pay the state's claim. It a2peared to the Com- 
mission that the claim is really against the owner of the otner car. Accord- 
ingly, the Attorney was instructed to collect the amount of the damages from 
such party, if possible. 
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Highway 


> Dables-Calif..) 


(1943 program - Special Maintenance - Cont.) 


Section 


Division No. 4 


Cu. Yd. 


Estimated 
Cost 


Willamette ) Chemult 11,500 $ 34,000 
The Dalles-Calif, Crescent 8,000 30,000 
Ochoco Prineville-larks Creek 6,000 20,000 
n Ochoco Summit (Surfacing) 10,000 25,000 
Warner Valley (Surfacing) 4,000 10,000 
3 The Dalles-Calif. Madras 10,000 30,000 
¥ Central Oregon Horse Ridge-M. P. 50 8,000 20,000 
i Total, Division No. 4 $169,000 
ae Division No. 5 
ny i oregon Trail Dead Ox Flat-Cairo Jct. 9,500 9% 28,000c 
es Pendleton-John Day Nye Jct.-Grant Co, Line 24,000 78,000c 
| i Richland-Halfway  Richland-Halfway Jct. 7,000 29,,000¢ 
: 3 Halfway Halfway Jct.-Halfway . 
ae Central Orego: Buchanan Section 7,000 26,000c 
4 4 Wallowa Lake Rock Creek-—Joseph 12,000 44,000c 
4 : Central Oregon Stinkingwater Creek-Juntura 10,000 30,000 
ri John Day Flat Creek-Prairie City 20,000 60,000 
tj central Oregon Burns Section 7,000 20,000 
\& Oregon-Washington Washington Line-Pendleton 5,000 15,000 
cae 5 
| Total, Division No. 5 $330,000 
a Materials to be contracted in 1943 for use in connection 
* with 1944 projects $3 22,000 
a c - Projects under contract 
Mo) (Additional budget for state parks roved later in session.) 
Resi The Engineer was authorized to advertise these projects for bids as soon as 
Pen t , can be prepared. 


the Attorney reported on the claim of Mrs. Florence Staley for the 
estruction of a building that was deposited on the right of way of the Albany- 
vorvallis Highway by flood waters from the Willamette River. He advised that 


urs. Staley was notified to remove her building from the highway right of way 
ut did not do so for a matter of some ten days, so the highway maintenance 
rew was ordered to remove it and in the process thereof the building was de- 


ished, ‘irs. Staley, he said, is now demanding payment in the sum of 3300. 
further stated that the building was an old one of very little value and 


1943 


After careful consideration the Comission approved the offers and by unani- 
mous vote adopted the following resolution authorizing condemnation of the 
properties: 


WHEREAS, the State Highway Commission is authorized to 
locate, relocate, construct, reconstruct, maintain, widen, straight- 
en, and otherwise improve state highways, both primary and secondary, 
and said Commission is also authorized to construct shops, equipment 
sheds, office buildings, maintenance sites, patrolmen accommodations, 
and snow fences, and is authorized to acquire quarry sites, gravel 
pits, storage sites, stockpile sites, weighing stations, and broad- 
casting stations, and is further authorized to develop, construct, 
improve, operate, and maintain parks, parking places, auto camps, 
camp sites, roadside development, recreational grounds or resorts, 
and other places of attraction and scenic value; and 


WHEREAS, said Highway Commission is authorized to acquire 
by purchase, agreement, donation, or by the exercise of the power 
of eminent domain real property, or any interest therein, necessary 
or deened by the Highway Commission necessary for the accomplishment 
of any and all of the foregoing things; and 


WHEREAS, in the judgment of the Highway Commission the 
several tracts or parcels of land hereinafter described are each 
and all necessary for the specific and particular purposes herein- 
after exoressly set forth; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission as follows: 


1. That the Commission does hereby find and declare that 
he several parcels of real property hereinafter described are each : 
and all necessary for the accomplishment of the purposes nereinafter r 
expressly and specifically set forth, which said real properties and 
the specific purposes for which the same are being acquired are de- 
scribed as follows, to wit: ; 


Real property owmmed by Dewey D. Gault, et al., which 
property is located in Sections 33 and 34, Township 2 North, 
Range 1 East, and in Sections 3 and 4, Township 1 North, 
Range 1 East, W. M.; Multnomah County, Oregon, and in the 
southeast quarter (SE) of Section 33 and in the southwest 
quarter (SW?) of Section 34, Township 2 North, Range 1 East, 
W. M., Multnomah County, Oregon, and is more particularly 
described on the attached sheets and designated as Parcels 
Nos. 1 and 2 ard is further identified in the records of 
the Highway Commission as file R 5670, Parcel 1 of which 
property is being acquired for right of way purposes and 
an easegent on Parcel 2 of which property is being acquired 
for detour road purposes during construction in connection 
with the Pacific Highway East 5+ 
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The Commission discussed briefly and ordered filed a resolution from 
Mr. Fred A. Phillips, Chairman, Advisory Board, Qregon Grazing District No. 6, 
Paker, Oregon, wherein the Board goes on record "urging the various federal and 
state agencies, counties and cities in the state of Oregon to adopt a unified 
plan of public works for the postwar period, for immediate use if such a pro- 
gram becomes necessary, such program to be coordinated on a state wide basis 
through the state coordinator." 


The Commission also discussed the Engineer's letter dated January 29, 
1943, directed to Mr. W. H. Lynch, District Engineer, Public Roads Administra- 
tion, urging reconsideration of the Highway Commission's request for reimburse- 
ment for expenditures made in the repair of the Pacific Highway West through 
Camp Adair, which section of highway was severely damaged by reason of the 
trucking operations of contractors in connection with Camp Adair construction. 
(See letter in general files.) wr. T. M. Vavis, who was present, advised that 
tiis letter has been approved by Mr. Lynch and by the Regional Office of the 
Public Roads Administration, San Francisco, which has forwarded it to the main 
office of the Public Roads Administration, Washington, D. C., for final deci- 
Sion. The Commission decided to do nothing further in the matter until Mr. 
Lynch's reply has been received, 


The Commission also discussed and ordered filed a letter from Mr. 
L. C. Stoll, Area Director, War Man Power Commission, Portland, advising that 
"the maintenance and renair of highways is declared by this office to be an 
essential activity." 


The Attorney reported briefly on certain legislative matters, partic- 
ularly on Senate Bill 89 which provides for the penalizing of log haulers who 
are apprehended for transporting loads that weigh in excess of the weight lin- 
its specified in their permits. He advised that as originally introduced in 
the Legislature the bill limits the penalties to log haulers who are engaged 
in the hauling of logs, poles or piling, involving overall lengths in excess 
of the statutory limits; whereas, to be most effective, it should also apply 
to log haulers whose loads do not exceed the statutory limit of 50 feet, and 
he has asked the Highway Committee to permit the substitution of another bill 
which would produce the desired objective. The Commission approved such sub- 
stitution of bills. 


The Assistant Attorney requested authority to institute condemnation 
proceedirys to acquire certain parcels of real property that are needed for 
various highway improvements. He presented a list of such properties together 
witn offers that he recommended be made in connection with each, as follows: 


File No. Name Purpose Required Recomnended Offer 
5669 P2ninsulae Golf Course Right of Way $10,000.00 
352A Jess Correa, Jr. Hauling Road 25.00 

10650 S. G. Talia Right of Way 3,000.00 

*5670 Dewey D. Gault, et al. R/W & Detour Road 12,500.00 5 


*The Commission previously authorized condemnation for right of way only. Pres- 
ent request is for authority to include the detour road in the proceedings with 
no increase in the amount offered. 


materials that will be needed for embankments in connection with the construc- 
tion of the Denver Avenue-Union Avenue traffic separation project, in North 
Portland. The Engineer advised that several sources of material have been 
investigated and in his estimation the most satisfactory source is property 
owned by the Tower Sales and Erecting Company on Lotus Island. The embapk- 
ments, he said, will require aporoximately 150,000 cubic yards of such mate- 
rial and the company has tendered two proposals with respect thereto, as 
follows:- Under Proposal No. 1 the company will let the state have this 
material at the rate of $0.08 per cubic yard. Under Proposal No. 2 the state 
can have the material at the rate of 90.05 per cubic yard, provided the state 
will purchase and deed to the company adjoining land on Lotus Island that is 
owned by the Portland Electric Power Company. Under such arrangement the com- 
pany allows the state a credit of $5,000, by reducing the unit price to be 
paid by the state for the material taken from its land. Und-r either proposal 
the State of Oregon and/or the successful bidder for the highway work will 
have free use of the company's bridge which connects the Island with the main- 
land. However, the contractor will be required to maintain the bridge while 
he is using it and to turn the bridge back to the company in as good condition 
as it now is, regular wear and tear excepted; and the State of Oregon must 
provide in its specifications that the contractor shall not use, in connection 
with the transportation of the material over 
seven cubic-yard capacity. The company also agrees, under both proposals, to 
insure the brid,e structure against collapse or any otner vital injury and to 


4. That J. M. Devers, Attorney for the State Highway Com- 
mission, be and he is hereby requested, authorized, and directed to 
attampt to agree with the owner or owners and/or with the tenants or 
persons in possession, if there be any, of said parcel or parcels of 
land with respect to the compensation to be paid for the taking of 
the same and the damage, if thers be any, and in the event that no 
satisfactory agreement or agreements can be reached, then it is here- 
by further resolved that J. 4. Devers, Attorney for the State High- 
way Commission, be and he hereby is requested to commence and prose- 
cute to a final determination such suit or action, or suits or ac- 
tions, as may be necessary and appropriate to acquire title to the 
said premises and all rights therein for the purposes herein stated. 


5, That this resolution be entered in full in the minutes 
and records of this Commissio:. 


(The detailed descriptions of the respective parcels of real proper- 
ty nentioned in this resolution are attached to the original resolu- 
tion on file in the office of the State Highway Comaission, Salem, 
being Resolution No. 33, under the heading "Real Property Condemna- 
tion Resolutions" and said descriptions by this reference are made a 
part of this minute entry to the same extent as if copied in full 


herein.) 2% 


————— 


The Commission had under discussion the matter of securing borrow 


the bridge, trucks of more than 


TORI 
7 
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5 a ae Ey Pt cet eer . Se ee ee a 


Real property owned by Peninsula Public Golf Course, 
Inc., which property is located in the — one-half (E3) 
of Section 4 and in the west one-half (WS) of Section 3, 

Township 1 North, Range 1 East, W. M., Multnomah County, 

Oregon, and is more particularly described on the attached 
sheets and designated as Parcel No. 3 and is further iden- 
tified in the records of the Highway Commission as file 

R 5669, and which property is being acquired for right of 

way purposes in connection with the Pacific Highway East ;% 


Real property owed by S. G, Talia, which property is 
located in the south one-half (Ss) of Section 33, Township 
10 South, Range 3 West, and in the northeast quarter (NE?) 
of the northwest quarter (WS) of Section 4, Township 11 
South, Range 3 West, W. M., and in the southwest quarter 
(SW*) of Section 33, Township 10 South, Range 3 West, W. M., | 
Linn County, Oregon, and is more particularly described on 
the attached sheets and designated as Parcels Nos. 4 and 5 
and is further identified in the records of the Highway 
Commission as file R 10650, and which property is being ac- 
quired for right of way purposes in connection with the 
Pacific Highway East ;+# 


Real property owned by Jess Correa, Jr., which proper- 
ty is located in the southeast quarter (SE?) of the south- 
west quarter (SW*) of Section 5, Township 3 North, Range 
29 East, W. M., Umatilla County, Oregon, and is more partic~ 
ularly described on the attached sheets and designated as 
Parcel No. 6 and is further identified in the records of 
the Highway Commission as file R 8852A, and which property 
is being acquired for right of way for a hauling road in 
connection with the Boatdman-Stanfield Highway.* 


2. That the Commission does hereby find and declare that 
each of the said described parcels of real property is necessary and 
acquisition of the same by the State is required for the specific 
purposes hereinabove set forth, and the said properties are being 
acquired for the express and specific purposes in this resolution 
set forth. 


3. That the State Highway Engineer be and he hereby is 
instructed and directed to make or cause to be made all surveys 
necessary in connection with the determination, description, and 
acquisition of said real properties, and said Engineer is further 
instructed to prepare and submit to the Legal Department necessary 
and adequate descriptions of the said real properties, which said 
descriptions shall be ilable for the preparation of any deed or 
deeds or other instrument or instruments necessary to complete the 
acquisition of said property or properties, whether said properties 
be acquired by purchase, donation, agreement, or by the exercise of 
the power of eminent domain. 


cost of repairing its dredge which was damaged as a result of the collision 
with the drawspan of the Interstate Bridge, said claim being in the amount of 
$836.00. Mr. Puariea read aloud a report from the operator of the dredge in 
which it was stated that the bridge tender failed to open the drawspan to 
allow passage of the dredge, notwithstanding repeated signals from the dredge. 
Chairman Cabell pointed out that there is a conflict of testimony, because re- 
ports received by the Highway Commission indicate that the dredge did not sig- 
nal for the opening of the bridge, and in view thereof the bridge tender as- 
sumed that the dredge was to be docked before reaching the bridge. The matter 
was discussed at considerable length, during which Mr. Puariea suggested that 
each party assume 50 per cent of the expense. The Commission took the matter 
under advisement. The Commission discussed the matter further following Mr. 
Puariea's departure and, after reviewing the facts in the case, confirmed its 
previous decision denying any responsiblity or liability in the matter. 


The following persons, Honorable Earl Riley, Mayor, City Commission- 
er Wm. A. Bowes, and Ben iforrow, City Engineer, representing the City of Fort- 
land, were present and discussed with the Commission the matter of closing 
Harbor Drive to vehicular traffic opposite the Public Market Building, as has 
been requested by the United States Navy Department. It appears that the lavy 
Department has arranged for the use of the Market Building as 4 warehouse for 
the storage of shipbuilding materials, et cetera, which are to be used in the 
outfitting of vessels built in the Portland area; that the vessels are to be 
moored in the river opposite the building and there will be considerable move- 
ment of both personnel and equipment from the building to the ships, necessi- 
tating the use of the doors on the river side of the building and uninterrupted 
use of the highway between the hours of 8:30 a. m. and 4:30 p. m., daily, ex- 
cept Sunday. Commissioner Bowes advised that at a conference with Commander 
L. D. Whitgrove, United States Navy, Supervisor of Shipbuilding, the disadvan- 
tages and impracticability of closing Harbor Drive were pointed out in detail 
and as a result thereof Commander “hitgrove has agreed to withdraw his request, 
although he still wants permission to load and unload a limited number of 
trucks, at any hour of the day, from the east wall of the Market Building, 
which would involve parallel parking. He gave as his thought that such use 
of the highway would seriously interfere with highway traffic, and that if 
any concession is zranted at all in that regard it should be limited to cer- 
tain hours specified by the State Highway Commission. 


Uhairman Cabell gave as his thought that if this privilege is granted 
it will eventually mean the unlimited use of the highway by the Navy Depart- 
ment. He gave as his opinion that a very undesirable situation would result 
and suggested that the request be denied. Mayor Riley advised that any use 
of the highway that would interfere with the free flow of traffic would be 
resisted by the City, and that the City would join with the State Highway Com- 
mission in preventing such use of this facility, either by the Navy or by any- 
one else. The State Yighway Engineer suggested that at small cost the Navy 
could provide doorways on the west or front side of the Market Building which 
would serve the purpose. After further discussion it was mutually agreed that 
Commander Whitgrove's request for the closing of Harbor Drive, between the 
Market Building and the seawall, should be denied; and it was also mutually 
a reed that his request for the intermittent parking of trucks or automobiles 


carry public liability and property damage insurance during the year 1943 at 
no charge to the state or the state's contractor, 


This matter was discussed at considerable length and as a result 
thereof the Commission approved and accepted Proposal No. 2, The Attorney was 
thereupon authorized and instructed to negotiate with the Portland Electric 
Power Company for the purchase of its property at not to exceed $5,000. He 
was authorized to close the deal with the Tower Sales and Erecting Company on 
the basis of Proposal No. 1, if he is unable to reach a satisfactory settle- 
ment with the Portland Electric Power Company. The Engineer was instructed 
to include in the contract for the highway construction provision for the ex- 
emption of responsibility by the state in connection with the use of the bridge 
structure and to provide therein that the highway contractor shall not trans- 
port more than seven cubic yards of material in his trucks while operating 
across the bridge. (The Attorney reported later in the session that he was 
unable to reach any agreement whatsoever with the Portland Electric Power Com- 
pany with respect to the acquisition of its land. The Commission thereupon 
confirmed its acceptance of Proposal No. 1 and instructed the Attorney to pre- 
pare an aporopriate agreement with the Tower Sales and Erecting Company cover- 
ing the matter.) 


Mr. Russell Hubbard, Reedsport, came before the Commission in regard 
to an exchange of properties fronting on the new location of the Umpqua High- 
way just north of Reedsport. He advised that he needs the lowland property 
that lies between the highway right of way and the Umpqua River in connection 
with his log-booming operations in the river, and asked the Commission to deed 
this property ta him in exchange for which he offered to deed to the state 
certain property on the opposite side of the new highway location, which he 
understands the state may need for a prospective revision in the highway align- 
ment, He also asked the Commission to deed to him some fractional city lots in 
the town of Reedsport which lie between the new highway location and certain 
dedicated city streets. Chairman Cabell advised that the Commission acquired 
all of the land between the highway and the river in order to control the area 
and to preserve the scenic view without obstruction, and that the Commission 
is reluctant to sell property that has been acquired for such purcoses. 


Mr. Hubbard stated that he needs the land on.y to facilitate his 
log-booming operations and that it is not his intention to erect any buildings 
or any other facilities thereon, so the view from the highway would not be 
obstructed in the least. He further explained that he owns the booming rights 
along the river front and would offer no objection to the state wasting road 
materials over the river bank in the event the Commission had materials to 
dispose of in such manner, After further discussion the Commission agreed to 
inspect the property at the earliest opportunity. The Engineer was instructed 
to give his immediate attention to the matter of acquiring extra width right 
of way on the south side of the new highway location and to the advisability 
of deeding to Mr. Hubbard the fractional lots in the city of Reedsport. A re= 
port of his findings is to be presented to the Commission at the next regular 
meeting. 


Mr. Howard F. Puarica, President of the Portland Gravel Company, Inc., 
was present in regard to his company's claim against the Commission for the 


—— 


installation work performed by the City under agreement with the Commission 
during the year 1942. he Engineer advised that this expense is chargeable 
against minor betterments on primary highways, but investigation reveals that 
the total amount, $75,000, budgeted for such purposes has already been alloted 
to other work, so if the claim is to be paid the budget will have to be in- 
creased in the amount of the invoice. In view of the situation, the Commi s- 
sion approved increasing the budget to take care of this item. 


The Engineer requested authority to purchase three tractor loaders 
at a cost of $3,600 each, for use by paving crews to replace wheelbarrow men. 
It was his thought that the use of such equipment would facilitate paving 
operations, in view of the fact that it is difficult to hire and to retain 
men to perform such service, due to wartime conditions. The Commission ap- 
proved the purchase of one of the loaders for experimental purposes. 


A letter was presented from Mr. H. J, Doolittle, District Engineer, 
Office of Indian Affairs, in which the Highway Commission is requested to as- 
sume responsibility for the design of several concrete bridges that are to be 
constructed on the Sprague River Road, within the borders of the Klamath In- 
dian Agency, in Klamath County. It was ir. Upolittle's thought that the de- 
sign of the bridges should harmonize with the Indian surroundings, and that 
the State Highway Department is in much better position t 
designs than is the Department of Indian Affairs, The Commission approved 
the request. 


The Engineer requested instructions whether or not to make any 
further attempts to collect a number of delinquent accounts that range in 
amounts of 25¢ against Hood River County to $183.97 against the Public Util- 
ities Commissioner. He presented a list of such acgounts and advised that 
in each instance, except as to the claim against the Public Utilities Commis- 
sioner, there is some question as to the liability of the party owing the 
state. As to the claim against the Public Utilities Commissioner, he said 
that this represents expense by the State Highway Department during the month 
of December 1935 for a field survey of a proposed steam-heating plant and 
transmission pipe line to serve state buildings in Salem. This survey, he 
said, was made at the request of the Public Utilities Commissioner, who agreed 
to reimburse the Highway Department for the expense involved and would have 
paid the account a long time ago but for the fact that the claim was not al- 
lowed by the State Board of Control, on account of lack of an appropriation 
for such purpose. He recommended the cancellation of all of the accounts ex- 
cept that against the Public Utilities Commissioner. The Commission approved 
the recommendation and instructed the Attorney to make further attempts to 
secure satisfaction of the claim against the Public Utilities Commissioner. 

A complete list of the accounts follows: 


Name Date Amount 


W. A. Jones April 26, 1938 37 
Hood River County April 8, 1939 

The Motor Club May 19, 1937 

Dick Dove July 26, 1938 


(Cont. on next page) 
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on the highway back of the Market Building should be denied. Such information 
is to be conveyed to Commander Whitgrove by letters from the City of Fortland 
and the State Highway Departient. 


The Commission discussed thoroughly and denied the claim of contrac- 
tor Homer G. Johnson for additional compensation in connection with iis con- 
tract, No. 2390, for construction of the Siletz-Toledo Section of the Siletz 

} Secondary Highway, in Lincoln County, it being the opinion of the Commission 
that the state is not liable for the extra expense incurred by Mr. Johnson. 

(For details, see Engineer's written report to members of the State Highway 

Commission dated December 22, 1942, in general files.) 


The Commission discussed a complaint from Hr. H. A. Hein, Scappoose, 
that his well has become contaminated as a result of the installation of a 
drainage pipe in the state-owned quarry which joins his property at Seappoose. 
Mr. Hein alleges that the water from the well has been rendered unusable and 
wants it corrected. The Engineer advised that investigation reveals that the 
floor of the quarry was changed very little by the contractor's activities, 

and it does not seem reasonable that the slight deepening of the pit could 

have had any effect on Mr. Hein's well, particularly in view of the fact that 

i the well is some 75 feet deep; further, that District Maintenance Superintend- 
ent A. J. Ford obtained a sample of the water which he had tested by the State 
; Board of Health, from whom a report has been received indicating that the water 
conforms with accepted bacteriological standards of purity for drinking water. 
In view of the report the Commission concluded that lir. Hein's complaint is 
unjustified and accordingly decided to let the matter rest. 


The Secretary reported on overweight violations that have been com- 
mitted by commercial freight haulers who are operating under the privileges 
of the Commission's emergency transportation permits. He was instructed to 
continue bringing these violations to the attention of the offenders and to 
warn them that the Commission will take drastic action with respect to their 
permits in the event they continue to overload. 


The Commission had under consideration the transaction by which, 
with the approval of the Highway Commission, the Tru-Mix Concrete Company, in | 
connection with its contract on the Seven Devils Chrome Mine Access Road, made 
arrangements with Coos County for the purchase of some roadbuilding materials. 
In connection with this transaction the Highway Commission has been requested 
to assure the county that its claim against the said contractor for materials 
furnished pursuant to said arrangement will be protected in the final settle- 
ment between the state and the said contractor. After consideration, the Com- 
mission ordered that, before final payment is made to the contractoy, Honorable 
E. L. Peterson, County Judge of Coos County, be advised and given an opportun- 
ity to file with the state tiie amount of the county's claim for materials so 
furnished by the county and acquired by the contractor, and that before final 
payment is made the contractor be required to furnish to the state satisfac- 
tory proof of the payment of such claim. 


The Commission discussed an invoice from the City of Portland in the 
amount of $9,115.92 covering the state's share of the cost of traffic signal 


Commission is still inclined to assume jurisdiction over this road there is 
nothing to prevent appropriate action at this time. After some discussion 
the Commission approved the county resolutions and thereupon, by unanimous 
vote, adopted the following resolutions designating the road a state second- 
ary highway: 


WHEREAS, under the provisions of Chapter 248, Laws of 
1931; Chapter 196, Laws of 1935; and Chapter 529, Laws of 1939; 
the State Highway Commission, by mutual agreement with the re- 
spective county courts of the several counties of the State, is 
authorized and empowered to select, locate, and designate a system 
of secondary state highways, which highways shall be selected from 
the market roads or other county roads, or available locations or 
routes of the several counties; and 


WHEREAS, the State Highway Commission, by mutual agree- 
ment with the Marion County Court of the State of Oregon, has se- 
lected the road or highway hereinafter named, and it is the purpose 
of the Commission to officially and regularly designate and adopt 
said highway as a highway to constitute, together with other high- 
ways heretofore adopted and/or which may hereafter from time to 
time be added, the system of secondary state highways under the pro- 
visions of said acts; 


NOW, THEREFORE, BE. IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission, all members being present and affirmative- 
ly voting and participating, as follows: 


1. That the following described market road, county road, 
highway, route, or location of a highway in Marion County be and the 
said market road, county road, highway, location, or route, hereby 
is selected, designated, established, adopted and approved as a sec- 
ondary state highway and shall be and hereby is designated as a part 
of the secondary state highway system, to wit: 


> AZ ORME 1.8 


Mehama-iMill City Second Highway No. 213 


Beginning at the junction of the North Santiam Sec- 
ondary Highway No. 162 with the Mehama-Lyons Road; thence 
southerly to the Linn-Marion County line at the North 
Santiam River, a distance of approximately 0.17 miles. 
Also beginning at the junction of the North Santiam Sec- 
ondary Highway No. 162 at Mill City; thence southerly to 
the Linn-Marion County line at the North Santiam River, a 
distance of approximately 0.09 miles; the total length of 
the two sections described herein being approximately 
0.26 miles. 


2, That the said highway shall be and hereby is qualified 
for improvement under the provisions of said Chapter 248, Oregon 
Laws of 1931; Chapter 196, Oregon Laws of 1935; and Chapter 529, Ore- 
gon Laws of 1939; and amendments thereof. 


11395 


(List of delinquent accounts - Cont.) 


Name Date Amount 
Charles W. Swan May 15, 1941 $ 1.75 
Vick Withrow December 14, 1940 2.60 
Clifford Bowen August 2, 1941 10.30 
Spady Towing Service June 27, 1939 24.50 
E. W. Rogers June 17, 1941 53.77 
lirs. Martin Hensley March 8, 1940 37.66 
G. W. Xavier July, 1939 24.50 
Geo. Lingel August 25, 1940 50.00 
Public Utilities October 31, 1936 183.97 
State of Washington December 28, 1939 44.29 


Reconsideration was given by the Commission to a request from Mr. 
4A. C. Barlo, Portland, for permission to construct and maintain a wooden bus- 
stop shelter on the right of way of the Hillsdale-Beaverton Highway at Glen- 
cullen, Multnomah County. Chairman Cabell advised that he has discussed this 
matter with Mr. Barlo and it appears that there is some justification for a 
facility of this kind in this vicinity a).cnough there is not sufficient justi- 
fication for a deviation from the standard policy of the Commission with re- 
spect to encroachments on highway rights of way. It was his thought that, if a 
suitable place could be found where the Commission owns land beyond the limits 
of the standard width right of way, it would be satisfactory to let Mr. Barlo 
maintain a bus-stop shelter on such area. Commissioners Clough and Oliver con- 
curred. The Engineer was thereupon instructed to investigate the matter and, 
if he is able to find such a location, to allow Mr. Barlo to erect the shelter 
thereon. 


Reconsideration was also given by the Commission to the request of 
Mrs. Martha Redmond, Portland, for permission to construct a stairway up the 
highway excavation slope on the Pacific Highway West at her place of business 
near the old Taylors Ferry Road junction. The request was again denied, for 
reasons previously stated. 


A letter was presented from Mr. John M. Begg, Assistant Chief, Divi- 
sion of Cultural Relations, Department of State, Washington, D. C., requesting 
the use of the Highway Department's film, "The New Oregon Trail," in the dis- 
semination to foreign countries of American information of an educational na- 
ture. The Commission approved the request. 


Reconsideration was given by the Commission to resolutions from the 
County Courts of Marion and Linn Counties requesting that the county road, 
which extends from the junction with the North Santiam Secondary Highway at 
Mehama via the town of Lyons to the junction with said highway at Mill City, 
be designated a state secondary highway. The Engineer recalled that the Com- 
mission previously gave the County Courts to understand that it would desig- 
nate this road a state secondary highway when the counties had complied with 
the Commission's requirements with respect to rights of way, encroachments, 
et cetera. He advised that a standard width right of way has been aequired, 
and that buildings and fence encroachments have been removed, so if the 


The Engineer requested authority to conduct a survey for the proposed 
relocation of the Chemult-Chiloquin Section of The Dalles-California Highway, 
33 1/3 miles in length. He estimated the cost of the survey at $20,000, and 
advised that it is planned to finance it with moneys appropriated by the Fed- 
eral Government for preliminary engineering for postwar construction. The re- 
alignment of this section, he said, is a desirable project to take up postwar 
slack. The Commission approved the request subject to the condition that it 
be possible to obtain federal funds to finance the survey. 


The Commission adjourned at 12:00 noon and reconvened at 2:00 p. m. 
jn the same room with the same persons present and participating. 


The Assistant Attorney reported receipt of an offer from a lir. 
Robert T. Reed to pay $3,500 for a portion of the property that the Commis- 
sion purchased from Mr. Trinka in connection with the acquisition of right 
of way for the Goshen-Pleasant Hill Section of the Willamette Highway, in 
Lane County. He advised that Mr. Reed's offer provides for a down paynent of 
$1,000 and the payment of $35.00 monthly thereafter, plus six per cent inter- 
est on the unpaid principal, until the ‘full amount of the purchase price has 
been paid. He recalled that the Commission previously advertised this prop- 
erty for sale but did not receive a satisfactory bid, and recommended accept- ij 
ance of Mr. Reed's offer. The Comission approved the recommendation and . 
thereupon signed an agreement with Mr. Reed relative thereto. 


The Engineer reported that, due to extremely serious snow-slide con- 
ditions existing on the Santiam Highway at Hogg Pass, he has ordered the clos- 
ure of the highway between Marion Creek and Suttle Lake for public travel un- a. 
til the danger is past, which he anticipated would be not later than April i, f 
1943. It was his thought that the closing of the highway is the only way to q 
properly protect the public because the snowfall has been very heavy and ‘ 
slides may occur at any time. He asked the Commission to confirm his action i 
on the matter. The Commission approved closing of this highway as reported. 


arse 


The Commission considered, approved, and siyned a form of option 
submitted by the Federal Government in connection with the sale by the Commis- 
sion to the United States of America of 21.43 acres of state-owned land situ- 
ate in Jefferson County. The following resolution with respect thereto was 
adopted by the Commission by unanimous vote: 


WHEREAS, the Highway Commission heretofore acquired a 4 
tract of land in Jefferson County then needed for highway purposes; t 
and f 


WHEREAS, approximately 21.43 acres of said tract are no 
longer needed by the State Highway Commission for highway or other 
public uses and the United States has applied to the Highway Commis- 
sion for the purchase of said 21.43 acres; and 


WHEREAS, it is the judgment of the Highway Commission that 
the reasonable cash market value of said 21.43 acres is 9535.75; and 


m™319 1943 


WHEREAS, under the provisions of Chapter 248, Laws of 
1931; Chapter 196, Laws of 1935; and Chapter 529, Laws of 1939; the 
State Highway Commission, by mutual agreement with the respective 
county courts of the several counties of the State, is authorized 
and empowered to select, locate, and designate a system of secondary 
state highways, which highways shall be selected from the market 
roads or other county roads, or available locations or routes of the 
several counties; and 


WHEREAS, the State Highway Commission, by mutual agreement 
with the Linn County Court of the State of Oregon, has selected the 
road or highway hereinafter named, and it is the purpose of the Com- 
mission to officially and regularly designate and adopt said highway 
as a highway to constitute, together with other highways heretofore 
adopted and/or which may hereafter from time to time be added, the 
system of secondary state highways under the provisions of said acts; 


NOW, THUREFORE, BE IT AuD IT HEREBY IS RESOLVED by the 
State Highway Commission, all members being present and affirmative- 
ly voting and participating, as follows: 


1. That the following described market road, county road, 
highway, route, or location of a highway in Linn County be and the 
said market road, county road, highway, location, or route, hereby 
is selected, designated, established, adopted and approved as a sec- 
ondary state highway and shall be and hereby is designated as a part 
of the secondary state highway system, to wit: 


Mehama-Mill City Secondary Highway No. 213 


Beginning at the Linn-Marion County line at the North 
Santiam River near Mehama; thence easterly via Lyons and 
Fox Valley to the Linn-Marion County line at the North San- 
tiam River at Mill City; a distance of approximately 8.6 
miles. 


2. That the said highway shall be and hereby is qualified 
for improvement under the provisions of said Chapter 248, Oregon Laws 
of 1931; Chapter 196, Oregon Laws of 1935; and Chapter 529, Oregon 
Laws of 1939; and amendments thereof, 


The Engineer reported that the County Court of Marion County has ac- 
cepted the Commission's proposition with respect to the maintenance of the 
Gates-Detroit Section of the North Santiam Secondary Highway, and has executed 
a form of agreement which provides that the county wili perform all of such 
maintenance work with county crews and equipment with the understanding that 
the state will reimburse the county for the cost thereof. The Commission ap~ 
proved the arrangement and thereupon signed the agreement. 
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Messrs, George R. Van Vleet and A. F. Koppisch, logging contractors, 
Seaside, came before the Commission at this time in regard to the transporta- 
tion of logs over the Cannon Beach-Cannon Beach Junction Section of the Oregon 
Coast Highway, in Clatsop County. They advised that they are hauling 32-faot 
logs over this section, but cannot keep the overall length of load and equip- 
ment within the 42-foot length limit specified by the Highway Comission, and 
urgently requested permission to continue the hauling of such length logs, 
notwithstanding that they cannot guarantee that the movements will be kept 
in the right-hand traffic lane at all points due to sharp curvature in the 
highway alignment. It was their thought that the urgent need for the logs in 
connection with war activities is ample justification for approval of their 
request. Chairman Cabell advised that the Commission established the 42-foot 
overall length limit for this section of highway only after test runs had been 
made and it was found that loads of greater length cannot be moved thereover 
without taking up more than half the roadway, and the Commission is not in- 
clined to grant any concession that will create an avoidable hazard to other 
traffic. He painted out that Mr. Van Vleet is now widening some of the worst 
curves on this section under an arrangement with the Highway Commission so as 
to make it possible to transport loads of longer length; however, the Commis- 
sion cannot permit such longer-length loads until the widening work is com- 
pleted. 


After considerable discussion, in which Messrs. Van Vleet and Kop- 
pisch presented arguments in behalf of an extended privilege for the use of 
the road because of the need of the logs for wartime purposes, the Engineer 
suggested that the Commission might order one-way traffic over a one-mile 
section that contains the worst curves, Under such system, he said, a flagnan 
would be maintained at each end of the restricted section to prevent traffic 
moving in opposite directions from occupying the section at the same time. 

Ye added that the flagmen would maintain contact among themselves, either by 
telenhone or some other approved arrangement, and that the plan would be ef- 
fective only until Mr. Van Vleet completes the widening work that he is now 
performing. Messrs, Van Vleet and Koppisch both agreed to such an arrange- 
ment, and Mr, Van Vleet offered to furnish the telephones for use in connec- 
tion therewith. He also agreed to pay the cost of maintaining flagmen and 
other expense incident thereto; however, asked the Commission to employ the 
flagmen because, in his estimation, instructions issued by them would be more 
effective if they were in the employ of the state. In this connection he 
agreed to deposit with the Commission $1,000 as a guarantee for the payment 
of the expense of the flagmen. Such arrangement was approved by the Commis- 
sion by unanimous vote, and it was arranged that Mr. Van Vleet would confer 
with the Engineer on the following day in Salem, concerning details. 


In this connection Mr. Van Vleet called attention to another curve 
on the Oregon Coast Highway near 4 point known as Haystack Rock around which, 
he said, it is impossible to transport a 40-foot log without taking up more 
than one-half of the traveled portion of the roadway, He asked the Commission 
to approve the widening of this curve. The Comaission referred the matter to 
the Engineer for investigation. 


The Engineer brought up for discussion the matter of providing ade- 
quate facilities to care for traffic entering Swift Secondary Yighway from the 
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WHEREAS, the United States has agreed to pay said sum of 
$535.75 for a deed conveying said tract to the United States free 
and clear of all encumbrances; 


NOW, THEREFORE, BE IT AND IT NEREBY IS RESOLVED by the 
Highway Commission as follows: 


1. That the Commission execute and deliver to the United 
States an option to purchase the said tract consisting of approxi- 
mately 21.43 acres, which tract is particularly described in the op- 
tion, a copy of which is attached to this resolution. 


2. That upon the acceptance of the said offer to purchase 
and upon payment of the said purchase price the Commission shall exe- 
cute and deliver to the United States a bargain and sale deed convey- 
ing to the United States the real property described in said option. 


3. That this resolution be entered -in the minutes and rec- 
ords of the Commission and the Secretary of the Commission is instruct- 
ed to deliver said executed copies to the United States by delivering 
the same to Mr. Don E. Meldrum, Chief of Portland Sub-Office, Real 
Estate Division, Army Engineers, Portland, Oregon. 


At 2:30 p. m. Chairman Cabell announced the following awards of con- 
tracts, bids for which were taken by the Comission at the morning session, 
such awards having previously been approved by the Commission by unanimous 
vote: 


"Ochoco Summit Rock Production Project on the Ochoco Highway, 
in Crook and Wheeler Counties. M. C. Lininger & Sons, Medford, sub- 
mitted the low bid in the amount of $23,500.00. The only other bid 
submitted was that of D. C. & A. L. Williams, Portland, at $27,500.00. 
The Commission awards this contract to M. C. Lininger & Sons at their 
low bid of $23,500.00. 


"Crescent Rock Production Project on The Dalles-California High- 
way, in Klamath County. No bids were received for this project. 


"Chemilt Rock Production Project on The Dalles-California and 
Yillamette Highways, in Klamath County. The only bid received for 
this project was that of M. C. Lininger & Sons, Medford, at $35,300.00. 
The Commission awards this contract to M. C. Lininger & Sons at their 
bid of $33,300.00. 


"S, W. Grover Street Access Road Project in Portland, Multnomah 
County. 260 linear feet of grading and paving. Cascade Construction 
Company, Portland, submitted the low bid for this project, in the 
amount of $4,931.00. The only other bid was that of Parker-Schram 
Company, Portland, in the amount of $5,052.80. The Commission awards 
this contract to Cascade Construction Company at its low bid of 
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of the Highway Commission relative to the removal of the signs and, if the 
Commission feels that the element of danger which would result if the signs 
were removed is inconsequential in comparison with the inconvenience to the 
public in stopping at the crossings, the railroad company would not be dis- 
posed to question the Commission's judgment, except that the stop signs should 
be replaced during the prune season when there are considerable train move- 
ments. In view of this letter the Commission ordered the removal of the signs; 
however, instructed.the Engineer to see that they are replaced during the 

prune season, as an aid in the prevention of accidents. 


The Commission discussed a resolution from the Oregon Roadside Coun- 
cil stating its inability to assume the responsibility of securing the reouired 
authority to remove advertising signs that are being maintained on privately 
owned property adjacent to highway rights of way. The Commission took no ac- 
tion in the matter, in view of the fact that the State Highway Department 
likewise is not in position to assume such responsibility on account of labor 
shortage. 


The Commission also considered and ordered filed a letter from the 
Gold Beach Chamber of Commerce soliciting the support of the Commission in 
the securing of legislation to keep the Rogue River closed to net fishing. & ai 


The Commission discussed a letter from Mr. Marshall M. Dana, Chair- te ei 
man of the Battleship Oregon Commission, in which the Highway Commission is ) b 3 
asked to assume the responsibility for redesigning Battleship Oregon iarine am 
Park, in Portland, and in connection therewith to make provision for the | 
placement of the foremast that was salvaged from the Battleship Oregon, and 1) Bl 
for other architectural features. The Commission considered that this really 4 
is a city responsibility, in view of the fact that the park is a city park, 4h 
but agreed to cooperate. The Engineer was thereupon instructed to consult z i 
the city officials relative to their desires with respect to the placement of 
the foremast. He was also instructed to discuss with the city the matter of 
paying the expense involved with funds received from the rental of properties 
that were acquired jointly by the state and the city in connection with the 
Front Avenue improvement. 


for the use of a parcel of land that was acquired by the Commission from the 
City Motor Trucking Company in connection with the construction of the Lombard- 
Killingsworth Project in Portland. He advised that the property is located 4g 
at the intersection of Northeast Myrtle Street and Northeast 65th Avenue, and 4 
that Mr. Hecht plans to utilize it for Victory garden purposes, The Comnis- Va 
sion approved the request subject to the condition that Mr. Hecht will clean ‘ 
up the premises when he is through with the property. The matter is to be ; 
covered by written agreement. 


: 

' 

: 

The Assistant Attorney presented the application of Mr. Ben M. Hecit | 


Consideration was given by the Commission to a request from ifr. 
Wm. G. Folsom for an extension of his lease of certain state-owned property 
at Thompson Creek along the Siuslaw Highway, in Lane County. The Assistant 
Attomey advised that this proverty is located between the highway and the 
Siuslaw River and is improved by a store building and gasoline pumps whic! 
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new townsite of Vanport, Multnomah County, He advised that, according to pres- 
ent plans, traffic from Vanport destined to Vancouver would enter the highway 
on a new roadway paralleling the highway, and that traffic destined from Van- 
port to Portland, would cross under the highway at the Columbia Slough Bridge 
opening, and follow a roadway parallel with the highway for a short distance 
in the direction of Vancouver, before entering the highway on a sharp curve. 
It was his thought that such an arrangement is unsatisfactory and creates an 
undue hazard due to the large volume of traffic that the road will have to 
accommodate. He sug.ested, in order to avoid serious accidents, the widening 
of the highway for four lanes of traffic at this point, and the construction 
of the approach roads in such a manner that traffic would flow onto the high- 
way gradually rather than abruptly as it would have to do under the present 
plan. He exhibited drawings to disclose what he had in mind and estimated the 
cost of such widening work at approximately #20,000. Such amount, he said, 
would have to be paid out of state funds; however, the money would not be lost 
to the state because eventually the highway will have to be widened anyway and 
the work now planned would fit in very nicely with the eventual improvement, 
It was the thought of the Commission that the situation is serious enough to 
justify such expenditure and accordingly the Engineer was instructed to pro- 
ceed with the improvement at state expense. 


A letter was presented from the Jaymar Wholesale Lumber Company, 
Hood River, in which the Commission was requested to authorize removal of 
snow from the Mt. Hood Highway, from the end of the present open section to 
the company's new logging operations about 0.6 mile south of Coopers Spur. 
The Engineer advised that the section referred to extends from a point about 
1.1 miles north of the Coopers Spur Road to a point about 0.6 mile south of 
Coopers Spur, or a total of 1.7 miles. He estimated that it would cost about 
$200 to open this section, and advised that, if the Commission approved the 
request, the work could be done with a snogo that is now stationed at Parkdale. 
He questioned the advisability of doing this work, however, in view of the 
fact that the road is subject to frost boils, and the operation of logging 
trucks thereover at present undoubtedly would cause serious damage to the 
! highway surface. He suggested, however, that if the company would agree not 
: to haul logs over the road or to move heavy logging equipment over it until 
F the Highway Commission approved of such movements, then it would be alright 
, to open the road up at this time so that timber-fallers could drive their 
automobiles to the job. After considerable discussion, and in view of the 
need of logs in connection with the war effort, the Commission approved the 
ovening of the road as an emergency proposition, subject to tiie condition 
; thot neither logs nor logging equipment be moved over the road until the com- 
pany has been advised that the road is in satisfactory condition. 


Reconsideration was given by the Commission to the request from Mr. 
L. L. Gooding, Principal of the schools at Freewater, Oregon, for the removal 
of the stop signs that have been erected by the state at the Union Pacific 
railroad-track crossings on State Highway No, 11 at Milton-Freewater. The En- 
gineer advised that, in conformity with the Commission's instructions, he con- 
tacted the Oregon Railroad Association relative thereto and received a reply 
from Mr. Roy F. Shields, General Solicitor for the Union Pacific Company, 
which is concerned, to the effect that they have confidence in the judgment 


The Engineer reported that the realignment of the Halsey-Sweet Home 
Secondary Highway, between Crawfordsville and Holley, in Linn County, has 
rendered valueless certain sections of the old road. He recommended that the 
Commission abandon such sections and leave them to revert to the adjoining or 
abutting property owmers or to the control and suvervision of the county. The 
Commission approved the recommendation, and thereupon by unanimous vote adopt- 
ed the following resolution in regard thereto: 


WHEREAS, in order to afford a better alignment and a more 
satisfactory, safe, and convenient highway for the traveling public 
the Commission found it necessary to relocate a portion of the 
Crawfordsville-Holley Section of the. Halsey-Sweet Home Highway in 
Linn County; and 


WHEREAS, by reason of said relocation and reconstruction 
of said section of highway there were eliminated and made unneces- 
sary as parts of the permanent highway certain sections which are 
more particularly defined and described hereinafter in this resolu- 
tion; and 


WHEREAS, it is the judgment and opinion of the Commission 
that there should be recorded in the minutes and records of the Com- 
mission its purpose and plan to abandon as a part of the said high- 
way the fragments or portions of right of way hereinafter designated 
and which were heretofore included within the area of the right of Es 
way of said highway as formerly located, but which are now without Ay 
the regular limits of said highway as relocated ; 


NOW, THEREFORE, the premises being in general as above 
stated, it hereby is resolved by this Commission, all members being 
present and affirmatively voting, as follows: 


1. That the fragments of land confined within the area 
hereinafter described, which fragments or parcels of real property 
were formerly within the limits of the right of way of the 
Crawfordsville-Holley Section of the Halsey-Sweet Home Highway but 
are no lénger parts of the right of way of said highway as the same 
has been relocated and constructed, be and said parcels of real i: 
property are abandoned as parts of the right of way of said highway, 
and said parcels of land are, So far as control and supervision by 
this Commission is concerned, eliminated and left to revert to the 
adjoining and abutting property owners, or to the control and super- 
vision of the County Court of Linn County for highway or other pub- 
lic purposes, as the Court may determine. The fragments or parcels 
of land affected by this resolution are defined and described as 
follows, to wit: 


All those certain parts of the old right of way of 
the Crawfordsville-Holley Section of the Halsey-Sweet 
Home Highway lying on each side of the right of way re- 
quired for the reconstructed highway over and across 
Sections 16 and 17, Township 14 South, Range 1 West, W.i., 
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originally were placed on the property by a Mr. K. N. Lucas. Further, that on 
March 30, 1933, the Commission leased the property to Mr. Lucas for a five- 
year period, or until March 30, 1938, for the sum of $125; which lease, on 
July 8, 1937, was extended for another five-year period or until March 30, 
1943, upon an additional payment of $125.00. On March 19, 1938, he said, the 
lease was agsigned by Mr. Lucas to Mr, Folsom with the approval of the Highway 
Commission and subject to the condition that the lease be not renewed after 
its expiration and that the lessee return the property to the state in satis- 
factory condition. ir. Folsom, he added, has apolied for an extension of this 
lease on a year-to-year basis at an annual rental of 4100, and in support of 
his request allezes, as follows: (1) impossibility of securing anyone to move 
the buildings and inability to rebuild on some other location because of dif- 
ficulties in securing critical building materials; (2) the property is located 
at tue junction with the Indian Creek Road which serves twenty-two families | 
who cannot secure delivery of feed and other items nearer than this junction 
ooint because of the stopping of commercial truck deliveries by the Federal 
Soverument; and (3) his store serves as a post office for the people in this 
vicinity. After ‘iscussion, and in view of the arguments presented by lir. 

Folsom, the Commission authorized the renewal of the lease on a yearly basis 

at the rate of $100 per year. 


The Assistant Attorney requested instructions relative to compensat- 
ing the Klamath County Abstract Company for furnishing preliminary title re- 
ports for title insurance covering certain properties along South Sixth Street, 
Ylamath Falls. He explained that, when negotiations were under way for the ac- 
quisition of the property for the widening of the highway at this point, he 
ordered thirteen preliminary reports for title insurance, ten of which were 
not used because negotiations were discontinued. The company, he said, is 
billing the Commission for service rendered at the rate of 912.50 for each 
oreliminary report, or a total of $162.50, but has agreed to credit such pay- 
ment on the purchase price of title insurance if such insurance is purchased 
within a reasonable length of time. He requested instructions. The Commis- 
sion took the attitude that the company furnished the reports in good faith, 
therefore should be paid for services rendered, and accordingly authorized 
payment of the full amount of the bill. 


The Commission discussed a letter from the County Court of Tillamook 
County, in which the Commission was asked to deed back to the county certain 
property that the Commission acquired from the county as right of way for a 
proposed relocation of the Oregon Coast Highway just south of Neskowin, so as 
to enable the county to dispose of the balance of its property at this loca- 
tion. The Engineer advised that this particular tract consists of right of 
way for a permanent location of U. S. Highway 101 and, if it is now returned 
to the county and the county in turn deeds it to private interests, undoubt- 
edly the state will be forced to pay a considerable amount to again secure it 
when it is needed for the highway improvement. He recommended denial of the 
county's request. The Commission concurred in the viewpoint of the Engineer 
and ordered that the County Court be informed that the Commission desires to 
retain this property for use in connection with the future improvement of the 
highway at this location. 


The Secretary presented communications, as follows, relative to 
resolutions previously adopted by the Commission abandoning portions of the 
right of way of old state highways which have been rendered valueless for 
state highway purposes by reason of alignment revisions: 


Letter from the Town of Talent, Jackson County, in which the 
town accepts jurisdiction over that portion of the abandoned section 
of the old Pacific Highway within the city limits. 


Resolution from Josephine County Court accepting jurisdiction 
and control over portions of the abandoned right of way of the Wil- 
liams Secondary Highway between engineer's station 35+16 and engi- 
neer's station 46+43 of the relocated center line of said highway, 
in Section 19, T. 37 S., R5W., W. M. 


Letter from the County Court of Linn County accepting juriséic- 
tion over the abandoned portion of the Brownsville Section of the 
Halsey-Sweet Home Secondary Highway at Brownsville, in so far as it 
pertains to the portion lying outside of the city limits of Browns- 
ville. 


Letter from the City of Reedsport accepting jurisdiction over 
the former routes of the Oregon Coast Highway and the Umpqua High- 
way within the city limits, which have been abandoned by the state. 


Resolution from the County Court of Lincoln County accepting 
control and jurisdiction over certain sections of the old rignt of 
way of the Olalla Creek-Toledo Section of the Corvallis-Newport 
Highway. 


Order from the County Court of Jackson County accepting con- 
trol and jurisdiction over that portion of the right of way of the 
old Pacific Highway between Bear Creek and Talent, which lies out- 
side of the corporate limits of the town of Talent. 


The Commission accepted the communications and ordered them filed. 


Chairman Cabell presented a request from Senator Louis W. Wipperman, 

Grants Pass, for the improvement of the Lower River Road (Rogue River Loop 
Secondary Highway) in Josephine County, from the end of the present jmproved 
section near Gunnell Road junction to the crossing of the Rogue River at a 
place known as Robertson Bridge, as a postwar project. After discussion the 
Comaission tentatively approved the request and instructed the Engineer to 
include this project in the list of projects that are to be considered for 
construction in the postwar program. The Secretary was instructed to inforn 
Senator Winperman of the action taken. 


In this connection the suggestion was made by Chairman Cabell that 
it would be advisable to arrange a postwar program for state secondary high- 
ways as well as for primary highway construction. The suggestion was adopted 
by the Commission and the Engineer was thereupon instructed to prepare a 
program of such projects for consideration by the Commission. 


™, 
was 


OMB Lona DEL TN 


11408 


Linn County, Oregon, the beginning and ending points with 
reference to the engineer's stations of the said recon- 
structed highway being Station 310+20 on the easterly end 
and Station 415+00 on the westerly end. 


Also: 


All those certain parts of the old right of way of 
the said Crawfordsville-Yolley Section of the Halsey-Sweet 
Nome Highway lying on each side of the right of way re- 
quired for the reconstructed highway over and across Sec- 
tion 15, Township 14 South, Range 1 West, W. M., the be- 
ginning and ending points with reference to the engineer's 
stations of the said reconstructed highway being Station 
241+40 on the easterly end and Station 278+50 on the west- 
erly end. 


The location of said abandoned right of way may be more 
definitely and particularly ascertained and determined by reference 
to maps or blueprints marked respectively Exhibit A and Exhibit B 
attached hereto and by this reference made a part hereof, which 
said exhibits for identification purposes bear the signatures of 
F, D. Eason, Division Engineer, H. G. Smith, Construction Engineer, 
and C. B, McCullough, Assistant State Highway Engineer, and is dated 
February 17, 1943, upon which maps or exhibits are reflected the 
above described parcels of land by showing the same shaded in red.* 


2. In the event there remains any physical connection be- 
tween any portion of said abandoned right of way or highway and the 
present highway, and by reason of such physical connection traffic 
from the existing highway may enter or use the said abandoned right 
of way or highway to the possible damage or injury of such traffic 
by reason of any unsafe condition existing with respect to said old 
or abandoned road, then the State Highway Engineer is hereby author- 
ized and directed to erect such barricade or other safeguards as may 
be necessary to protect and safeguard traffic using and employing 
said newly located, constructed, and dedicated section of said high- 
way. 


|! 
, 


3. That this resolution te entered in the minutes and rec- 
ords of the Commission and a certified copy thereof promptly delivered 
to the County Court of Linn County, together with a copy of Exhibit A 
and Exhibit B, for such action as said County Court may desire to take 
with respect to the fragments of land to be abandoned, and should said 
abandoned sections of the right of way of said Halsey-Sweet Home High- 
way be further employed for public or private highway purposes such 
use shall be entirely under the control and supervision of the County 
Court of Linn County and beyond any responsibility or supervision by 
the State Highway Commission, 
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properly protect the value of the lake scenery he said it would be 
necessary to purchase an additional 80-acre tract; in other words, 
the expenditure necessary to prooerly protect the state's interests 
would be approximately ¥25,000. The Commission decided that it 
could not spare the funds at the present time and accordingly re- 
fused the offer. 


Proposed state park at Floras Lake, in Curry County:- The Parks 
Superintendent brought up for reconsideration the matter of purchas- 
ing the Blacklock Sandstone Company property, consisting of 1,400 
acres, in Curry County. Ye recalled that the company offered to 
sell this property to the state for 3,600 and advised that, if the 
Commission purchases it, he would develop it with CCC forces when 
the government CCC program is revived. Commissioner Llough advised 
that he inspected this property in company with the Parks Suverin- 
tendent on February 15 and in his estimation the pronverty is much 
more valuable from the park standpoint than the state par! that the 
Commission sold to the Chrome ‘fining Company. It was his thought 
that if the Commission purchases any park properties this year it 
would make no mistake in purchasing the 1,400 acres under discus- 
sion, In view of this report the Commission voted unanimously to 
purchase the oroperty. The Parks Superintendent was instructed to 
conduct further negotiations for the purchase of the "Sweet" acreage 
which is surrounded by the Blacklock Company property. 


Sheep grazing in The Cove State Park, Jefferson County:- The 
Parks Superintendent reported receivt of an application from ir. 
James Grino, Bend, for the use of two sections of land in this park 
as a sheep range and for lambing purposes. It appears that ur. 
Grino wants to range 600 sheep on this land for a period of about 
one month. The Parks Superintendent advised that he has no objec- 
tions, provided Mr. Grino pays for the privilege at tie prevailing 
rates, The Comuission avproved the request subject to payment by 
Mr. Grino of $0.25 per acre for the use of the property. (Investi- 
gation by the Parks Superintendent following the meeting revealed 
that the property desired by Mr. Grino is not owned by the state, 
but is simply under lease from the Federal Government for park and 
recreitional purposes, and that the lease contains a clause which 
Will not permit the re-leasing of the property to a third party; 
hence it was necessary to refuse ‘ir. Grino's request and he has been 
so informed.) 


Sheep grazing in Cape Sebastian State Park, Curry County:- The 
Commission considered and upon recommendation of the Parks Superin- 
tendent approved the application of Mr. Arthur G. Walker, Gold 
Beach, to pasture 100 sheep in this park at the rate of 30.50 per 
head per year. The matter is to be covered by written agreement. 


Maintenance of Vista House at Crown Point, Multnomah County:- 
The Parks Superintendent presented a petition from Mr. Edward L. 


Dimaitt, Concessionaire at Crown Point Vista House, for help from 
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A letter was presented from Mr. Henry Baker, Chairman, Morrow County 
United States Department of Agriculture War Board, requesting the immediate 
improvement of the Lexington-Jarman Secondary Highway and the Eightmile and 
Hardman Secondary Highways (Secondary Highways No. 300, 320 and 321), sections 
of which, he declared, have been severely damaged during the past month by 
reason of heavy traffic. lr. Baker further states that the condition of the 
Morrow County highways at the present time is such that, unless immediate 
steps are taken to repair them, transportation in this county will be serious- 
ly handicapped during the balance of the year. He suggests the posting of 
the highways in question for reduced load limits to prevent their use by heavy 
traffic until the repair work is completed. The Engineer was instructed to 
inform Mr. Baker that the Commission is doing its best to maintain the highways 
under its control in good travelable condition, and expects to continue to do 


so, although that is becoming increasingly difficult because of wartime condi- 
tions. 


Chairman Cabell revorted a request from Mr. G. S. 3urris, Moro, Ore- 
gon, for a small amount of improvement work on the Cottonwood Grade Section of 
the Wasco-Heppner Secondary State Highway, in Sherman County. The Commission 
referred this matter to the Engineer for investigation to ascertain just what 
ir. Burris has in mind. 


The State Parks Superintendent, Mr. S. H. Boardman, was present and 
reported on the following state park matters: 


Jurisdiction of the provisional government park at Champoeg:- 
The Parks Superintendent called attention to Senate Bill 154 now be- 
fore the Legislature, which transfers jurisdiction over this park 
to the State Highway Commission. He advised that the bill has -passed 
both Houses and will become a law as soon as it has been signed by 
the Governor. The Commission voted unanimously to accept jurisdic- 
tion over this park. 


Timbered wayside strips along the Oregon Coast Highway through 
the Sparrow holdings, in Douglas County:- The Parks Superintendent 
requested instructions relative to the purchase of wayside strips 
consisting of 40-acre tracts along the Oregon Coast Highway between 
Elbow Lake and Gardiner. He advised that the Sparrow Healty Corpora- 
tion, which owns this property, has plans to cut the timber on a por- 
tion of the property in the not distant future and if the Commission 
wants to preserve this timber it would have to act soon. He also 
said that there are approximately 650 acres of land concerned, on 
which there is a stand of approximately 35 million feet of fir and 
spruce timber which, at the present market price of $5.00 per thou- 
sand, would cost the state about $175,000. The Commission decided 
not to purchase this property in view of the expense involved. 


In this connection the Parks Superintendent advised that the 
Sparrow Realty Company owns another 40-acre tract bordering on the 
highway at the southern tip of Elbow Lake and that the company has 
offered to sell this tract to the state for $8,020. In order to 


oe 


After discussion the Commission approved the budget by unanimous vote, and 
instructed the Engineer to add this item to the maintenance budget that was 
previously approved by the Commission at this meeting. 


The Engineer presented a list of surveys that he has ordered since 
the last meeting of the Commission and asked the Commission to confirm them 
After due consideration the Commission 
authorized and instructed the Engineer to make such surveys on various sec- 
tions of the highways of this state, which said sections of highways, together 
with their identifying survey numbers and the amounts authorized and allocated 
for such survey expenditures, are as follows: 


and the amounts allocated for each. 


Prefix 
No. 


Road Approach 210-1436 
Plans 12-1427 


Storage Tank 20-1453 


Plans 26-1463 


26-1462 


Location 10-1437 


location 20-1454 
Plans 26-1465 
Right of Way 29-1442 


Plans 1-1431 


Count 
Douglas 


Grant 


Lane 


Multnomah 


Multnomah 


Multnomah 


Tillamook 


Baker 


Section and Highway 


Sparrow Road, near Gardiner, 
County Road 

Beach Creek Sec., Pendleton- 
John Day Highway 


Springfield 0il Storage, 
McKenzie Highway 


Denver Avenue Underpass, 
Pacific Highway West 


Union Ave.-Denver Ave. Sec. 
Pacific Highways East and 
West 


Wheeler-Brighton Section, 
Oregon Coast Highway 

Lane County Line-Rice Hill 
Section, Pacific Highway 


Walker-Douglas County Line 
Section, Pacific Highway 


Barbur Blvd.-Interstate Ave. 
Section, Pacific Hwy. West 


Nehalem-Arch Cape Section, 
Oregon Coast Highway 


Lime-Huntington Section, Old 
Oregon Trail Highway 


Authorization 
lst - 3 200 
3rd = $2, 500 
Total to date 
34,000 


avy 


lst - $ 


2nd - $1,500 

Total to date 
$3,000 

3rd - $1, 500 

Total to date 
$4,000 

2nd - 3 475 

Total to date 
$670 


1st -$18,955 
lst $8,670 
lst 


lst 


lst 
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the Commission in view of the falling off of his business on account 
of wartime conditions. He advised that Mr. Dimmitt, for a number of 
years, has had charge of this place under special contract which pro- 
vides that he shall maintain the Vista House for the privilege of 
catering to the traveling public. Due to the gasoline and rubber ra- 
tioning, he said, tourist travel has about stopped, and Mr. Dimmitt's 
sales have fallen off in proportion. He recommended, in view of the 
fact that it is necessary to maintain a caretaker on the premises 

for the protection of the state's property, that Mr. Dimmitt be hired 
to perform this service and that he be paid a salary of $75 per month 
for the duration of the war, Such arrangement, he said, would not 
relieve Mr. Dimmitt from paying all maintenance costs, cost of elec- 
tricity, water, rest-room supplies, et cetera, but he would be re- 
quired to assume such expense as in the past. The Commission approved 
the recommendation. 


Purchase of timber strips along the Pendleton-John Day Highway in 
the vicinity of Camas Creek:- This matter was discussed briefly by the 
Commission but no action was taken in view of the fact that options have 
not as yet been secured from the property owners. The Attorney was 
instructed to negotiate the options and report results thereof at the 
next meeting of the Commission. 


Parks budget for 1943:- The Parks Superintendent submitted the 
following budget for his department for the calendar year 1943: 


Acquisition of new parks and expense to satisfy existing obligations: 


1. Geo. Geisendorfer, Cascadia Park, 12 monthly 

payments of $50.00 $ 600.00 
2. Shore Acres, Coos County, lst annual payment 3,750.00 
3. Purchase of Blacklock property, in Curry County 3,600.00 
4e O& C recreational leases subject to exchange 

with counties: 


a. Clackamas Co., Wildcat lease, Mt. Hood Hwy. 600.00 

b ‘ e* n Wenme " ° " " tt 200 é 00 

c. Douglas County, Loon Lake lease 260,00 

d. " "  , Camas Mt. lease 600,00 

e. " " , Elkton tunnel lease 1,000.00 

f. Jackson County, Crater Lake Hwy. lease 1,600.00 
$12,210.00 
Betterment of Parks 0.00 
Operation and Maintenance of Parks *40,077.25 
Estimated Total #$52,287.25 


*This amount does not include anticipated expense to operate and maintain 
prospective oarks at Champoeg and Sodaville, 
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Consideration was given by the Commission to the following requests 
for extensions of time within which to complete highway construction projects: 


Edlefsen-Weygandt Company, contract No. 2498, for construction 
of the Front Avenue Project between Clay Street and Sheridan Street 
on the Pacific Highway West, Portland, Multnomah County, requested 
an extension of time of two months, from October 31 to December 31, 
1942, within which to complete this job. It alleged tiat the delay 
in the performance of the work was due to serious wartime conditions, 
shortage of labor and certain demands of the Federal Government with 
respect to black-top pavement operations. The Engincer advised that 
the reasons given by the contractor for overrunning the specified 
time limit are substantially correct. He recommended, in view of 
the circumstances, that the extension of time requested be granted 
without penalty. A letter was presented from the Public Roads Admin- 
istration concurring therein. The Commission approved the recom- 
nendation. 


Birkemeier & Saremal, contract No. 2514, for reconstruction of 
the west approach to the Morrison Street Sridge on the Pacific High- 
way West, in Portland, ‘Multnomah County, requested an extension of 
time from August 8 to September 19, 1942, within which to complete 
this job. They attributed their failure to complete the project 
within the specified time limit to extra work that was ordered by 
the Engineer, and to delays in receiving materials due to a low 
priority rating. The Engineer advised that the completion date 
specified was rather indefinite, being set as five months after 
material for the vroject was available, and he was assured that 
the material would be delivered on March 8, 1942, which would estab- 
lish the completion date as August 8, 1942. Skilled labor for the 
job was very hard to obtain in the Portland area, due to competition 
of shipyards and other harbor work and, whereas the contractors made 
every reasonable effort to expedite the project, they were not able 
to obtain sufficient men for full crews at all times. He recommend- 
ed, in view of the circumstances, that the extension of time re- 
quested be granted without penalty. A letter was presented from 
the Public Roads Administration concurring therein. The Commission 
approved the recommendation. 


Edlefsen-Weygandt Company, contract No. 2537, for grading and 
paving the Front Avenue Project, between Ankeny Street and Washing- 
ton Street, on the Pacific Highway West, in Portland, lfwltnomah 
County, requested an extension of time of two months, from Octo- 
ber 31 to December 31, 1942, within which to complete this job. It 
attributed its failure to complete the project within the specified 
time limit to serious wartime conditions, shortage of labor, and 
certain demands of the Federal Government with reference to black- 
top pavement operations. The Engineer advised that the reasons giv- 
en by the contractor for overrunning the specified time limit are 
substantially correct. He recommended, in view of the circumstances, 
that the extension of time requested be granted without penalty. A 
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by the Commission have been completed. 


The Engineer reported that a number of surveys heretofore authorized 


He presented a list of such surveys 


and reported briefly on each survey listed thereon. After due consideration 
the Commission approved the respective surveys, as reported, and by unanimous 
vote adopted the following resolution in regard thereto: 


Commission, in Salem, Oregon; and 


WHERTAS, the State Highway Commission heretofore has auth- 
orized and instructed the State Highway Engineer to make surveys on 
certain sections or portions of the highways of the State of Oregon; 
and 


WHEREAS, pursuant to said authorization the State Highway 
Engineer has made and completed the said surveys and has filed the 
maps and plans of the said surveys in the files of the State Highway 


WHEREAS, the maps and plans of the said surveys have been 

examined by the State Highway Commission and have been found suitable 
in all respects for approval and adoption by the State Highway Commis- 
sion} 


NOW, THEREFORE, BE IT RESOLVED that the surveys hereinafter 
designated and described, together with their identifying location 
map-file numbers, as shown in the map-filing records of the State 
Highway Commission in its Salem office, be and they are hereby adopt- 
ed and aporoved as the location surveys of the various portions or 
sections of highways involved: 


File No. Prefix 
9C24-11 210-1436 
6P6-14 215-1443 
524-3 18-1428 
gC24-12 127-1422 
6R6-) 215-1442 
1A1-37 26-1463 


| 
LJ 
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County 
Douglas 


Jackson 
Klamath 
Polk 


Jackson 


Mult. 


Type of 
Survey 


Reconn, 
Iocation 
Reloc. 
Reconn. 


Location 


Loc. & 
Plans 


Section Highway 


Sparrow Road near Gardiner 


Evans Creek-Sams Valley Ramsey Canyon 


County Road 
Crescent The Dalles- 

California 
Kings Valley-Dallas Dallas-Kings Valley 
Kings Valley-Suver & Kings Valley 
Tolo-Camp White Tolo Access Co. Rd. 
Union & Denver Aves. Pacific Highways 
Grade Separation East and West 


EE IT FURTHER RESOLVED that the State Highway Engineer be 

and he hereby is authorized to make such minor changes in the said lo- 
cations as may improve the standards of alignment and grades not incon- 
sistent with the general location of the section of highway involved, 


(> 
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The Engineer reported that contracts Nos. 2498, 2514, 2529, 2537, 
2569, 2576, and 2588, for the construction of state highway projeets, have 
been completed according to the reauirements of the contracts or modi fica- 
tions thereof, and that said jobs are now ready for acceptance. The follow- 
ing resolution accepting the above projects was offered and adopted by the 
unanimous vote of the Commission: 


WHEREAS, the Engineer has reported that the following 
State Highway Commission contracts for the construction of state 
highway projects have been completed according to the terms and 
provisions of the contracts, and that said jobs are now ready for 
acceptance: 


Contract No. 2498, with Edlefsen-Weygandt Company, 
for grading, paving and construction of subway structures 
on the Front Avenue (Clay Street-Sheridan Street) Section 
of the Pacific Highway West, in the city of Portland, Mult- 
nomah County. Completed December 31, 1942. 


Contract No. 2514, with Birkemeier & Saremal, for con- 
struction of approaches to the Morrison Street Bridge on 
the Pacific Highway West, in the city of Portland, Multno- 
mah County. Completed September 19, 1942. 


Contract No. 2529, with Rogers Construction Company, 
for the Klamath Falls Rock Production Project on four 
state highways, in Klamath County. Completed July 3, 1942. 


Contract No. 2537, with Edlefsen-Weygandt Company, 
for grading and paving the Front Avenue (Ankeny Street- 
Washington Street) Section of the Pacific Highway West, 
in the city of Portland, Multnomah County. Completed 
December 31, 1942. 


Contract No. 2569, with Berke Brothers, for grading 
and paving Section A of the South Unit, Antelope Creek- 
Medford Section of the Crater Lake Highway, in Jackson 
County. Completed December 21, 1942. 


Contract No. 2576, with E. C. Hall Company and J. C. 
Compton, for grading and paving the Lewisburg-Corvallis 
Section of the Pacific Highway West, in Benton County. 
Completed December 19, 1942. 


ic Highway West, in Polk County. 
1942. 


TUEREFORE, BE IT RESOLVED that the work covered by said 
state highway contracts for the construction of said state highway 
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letter was presented from the Public Roads Administration concurring 
therein. The Commission approved the recommendation. 


Berke Brothers, contract No. 2569, for grading and paving Sec- 
tion A, of the South Unit, Antelope Creek-iedford Section of the 
Crater Lake Highway, in Jackson County, requested an extension of 
time, from August 31 to December 21, 1942, within which to complete 
this job. They attributed their failure to complete the project 
within the specified time limit to shortage of labor caused by war- 
time conditions, and extremely adverse weather conditions, The En- 
gineer advised that the reasons given by the contractor for failure 
to complete the project within the specified time limit are substan- 
tially correct. However, in addition thereto, some delay was caused 
by inability of the contractor to obtain certain paving equipment. 
The traveling public, he said, was not caused much inconvenience by 
the delay as the old road was available for use at all times. He 
recommended that the extension of time requested be granted without 
penalty. A letter was presented from tne Public Roads Administra- 
tion concurring therein, The Cowmission approved the recommendation. 


E. C. Hall Company and J. C. Compton, contract No. 2576, for 
grading and paving the Lewisburg-Corvallis Section of the Pacific 
Highway West, in Benton County, requested an extension of time, from 
October 31 to December 19, 1942, within which to complete this job. 
They alleged that adverse weather conditions and other features be- 
yond their control were the principal reasons that they were not 
able to complete the project within the specified time limit. The 
Engineer advised that the paving work was completed on October 28, 
and that tiie shoulder work was completed on November 10, and that 
the finishing work, consisting of clean-up of the premises, adjust- 
ment of ditches for drainage, et cetera, was completed on Decen- 
ber 19, 1942. He confirmed the reasons given by the contractor for 
failure to complete the project within the specified time, and rec- 
ommended in view of the circumstances that the extension of time re- 
quested be granted without penalty. A letter was presented from 
the Public Roads Administration concurring therein. The Commission 
approved the recommendation. 


J. F. Johnston, contract No. 2588, for the widening of bridges 
on the Suver-Lewishurg Section of the Pacific Highway West, in Polk 
County, requested an extension of time from August 15 to December 22, 
1942, within which to complete this job. He attributed his failure 
to complete the project within the specified time limit to shortage 
of labor and difficulties in obtaining necessary materials due to 
wartime conditions. The Engineer advised that the reasons given by 
the contractor for failure to complete the project within the speci- 
fied time limit are substantially correct. He recommended that the 
extension of time requested be granted without penalty. A letter 
was presented from the Public Roads Administration concurring there- 
in. The Commission approved the recommendation. 


There being no further business to come before the Commission at 
this time, the meeting was adjourned at 4:00 p. m. 


; State Highway Engineer Chairman 
; SY 7 
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Secretary Commissioner 
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Commissioner 


Portland, Oregon, March 16, 1943 


The members of the State Highway Commission met in special session 
at 4:00 p. m. in Room 234, Imperial Hotel, Present were: Mr. Huron W. Clough, 
Commissioner, Canyonville; Mr. Herman Oliver, Commissioner, John Day; and Mr. 
T. He Banfield, Portland, who was appointed a member of the Highway Commission 
on February 28, 1943, by the Honorable Earl Snell, Governor of Oregon, to com- 
plete the term of former Chairman of the Commission, Mr. Henry F, Cabell, re- 
signed. 


This being the first meeting attended by Mr. Banfield, following his 
appointment, and there being a vacancy in the Chairmanship of the Commission, 
the election of a new Chairman was considered to be in order. After discus- 
sion, motion was made by Commissioner Oliver that Mr. Banfield be elected 
Chairman of the Highway Commission. The motion was duly seconded by Commis- 
Sioner Clough and, having received the majority vote of the members of the 
Commission, was declared approved. 


There followed a general discussion of highway matters, after which 
adjournment was taken at 53:30 p. m. 
— 
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projects be declared completed according to the terms of the respec- 
ive contracts, and said jobs are hereby accepted and final payment 
in connection with each is hereby authorized. 


The Commission considered and signed agreements, et cetera, as fol- 
lows: 


Agreement with the D & K Logging Company covering construction 
of a logging roadway across Short Sand Beach State Park, in Tilla- 
mook County. 


Agreement with contractor Porter W. Yett providing for the 
‘stockpiling of crushed rock by-products on property ownded by the 
Estate of Gladys Schmidt, adjacent to the Shaniko-Cow Canyon Section 
of the Sherman Highway, in Wasco County. 


Agreement with Marion County providing for the maintenance of 
the North Santiam Road between Gates and Detroit. 


Agreement with Robert T. Reed relative to the sale to Mr. Reed 
of property purchased by the State Highway Commission from Joseph 
Trinka, near Goshen. 


Agreements with the towns of John Day, Jefferson, Vernonia, 
Canyon City and Central Point covering work to be performed by the 
state during 1943 upon city streets that are not on state highway 
routes. 


Permit from the Klamath Indian Agency for the use of tribal 
lands as quarry, stock-pile site and hauling road, in the SE* of 
Section 2, T 37S, R. 11 E., W. M. Right of way file 5942. 


Form of option covering the sale to the Federal Government of 
21.43 acres of land situate in Jefferson County. 


Bargain and sale deed conveying unto the Southern Pacific Com- 
pany certain property situate in Block 2, Villa Heights Addition to 
Portland. Right of way file 3722. 


The Commission set Thursday, March 18, 1943, as the date for its 
next regular meeting for the receiving of bids. This mevting is to be held 
in Portland and the Secretary was instructed to make the usual arrangements 
for the use of the Auditorium of the Public Service Building for this pur- 
pose. (This meeting date was later adwanced to March 16 and 17, 1943.) 


The Engineer was authorized to include in the call for bids the 
Denver Avenue-Union Avenue traffic separation project, in the city of Port- 
land, in accordance with previously approved plans. 


PACIFIC HIGHWAY EAST 
DENVER AVENUE JUNCTION SECTION 
GRADING, SURFACING, PAVING AND BRIDGE CONSTRUCTION 


Henry L. Horn #318,116.50 
Edlefsen-Weygandt Co, 339,224.40 
E. C. Hall Co, 347, 294.00 
Berke Bros. 349,165.50 
C. J. Montag & Son 355,068.00 


The Engineer reported on the request of the City of Milton for state 
aid in correcting a drainage condition which exists along the Oregon-Washing- 
ton Highway near the southern limits of Milton. It appears that, during peri- 
ods of heavy rainfall and melting snow, water heavily laden with silt flows 
from adjacent canyons onto certain city streets, including Main Street, the 
route of the Oregon-Washington Highway, due to the inability of the irrigation 
ditch of the Milton Ditch Company to take care of it. As a result, silt and 
debris are deposited on the city streets, including the highway throughout 
most of its length within the city limits. It also appears that the iMilton 
Ditch Company objects to the use of its ditch as an outflow for this water. 

The Engineer advised that the city has started negotiations to secure approval 
for a project which would divert water from Nichols Gulch, and is asking the 
state to cooperate because of the benefite that the highway will receive there- 
by. It was his opinion that the state will receive considerable benefit by 
reason of such improvement and recommended, in view thereof, that the Commis- 
sion assume fifty per cent of the expense involved, which is estimated at 
$5,000, provided the state's share shall not exceed $2,500, and that the city 
will do the work in the first instance, either by contract or with city forces, 
under state supervision. The state's share of the cost, he said, would be 
paid to the city after the work is completed, After discussion, the Commis- Pe 
sien approved the recommendation, and ordered that the arrangement be covered ® 
by appropriate agreement between the city and the state. H 
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In this connection the Engineer brought up for discussion the matter 
of improving city streets that are not on state highway routes. He recalled H 
that the Commission some time ago approved a budget for this purpose, and in- F y| 
quired, in view of the fact that the Legislature acted favorably on the bill is] 
which allocates a portion of the highway fund to the cities and towns, whether He) 
or not it is the desire of the Commission to proceed with such city street im- BY! 
provements as planned. The Commission decided unanimously to perform such work 
as is planned for this year. Whether or not the work shall be continued in the 
future will be decided later when next year's budget is adopted. 


The Engineer also brought up for discussion a recent order made by 
the Director of the Office of Defense Transportation, which modifies the 35- 
mile-per-hour speed limit and certain other governmental motor-carrier regula- 
tions, in order to expedite emergency war shipments. He explained that, as 
the order was first issued, it a parently ignored local authorities, and in- 
ference from the order was that truckers might proceed at any speed, with any 
weight, under protection of the Office of Defense Transportation's certificates 
of exemption and "V" emergency pennants provided for by the order. However, 


Portland, Oregon, March 17, 1943 


The State Highway Commission met in regular session at 9:00 a. m. in 
the auditorium of the Public Service Building. Present were: 


T. H. Banfield, Chairman 

Huron W. Clough, Commissioner 

Herman Oliver, Commissioner 

R. H. Baldock, State Highway Engineer 
J. M. Devers, Attorney 

H. B. Glaisyer, Secretary 


Bids as follows for highway construction work were opened and read 
in conformity with previously published notice, following which Chairman Ban- 
field announced that the awards of contracts would be made at 3:00 p. m.:in 
the same room: 


OREGON COAST HIGHWAY 
LEWIS AND CLARK BRIDGE NEAR ASTORIA 
REMOVAL AND REPLACEMENT OF PIER FENDERS 


The Gilpin Construction Co. 
Makela Construction Co. 


THREE STATE HIGHWAYS 
JOHN DAY ROCK PRODUCTION 


Chester T. Lackey 
R. O. Dail & Warren Bros. 
D.C. & A. L. Williams 


CENTRAL OREGON HIGHWAY 
DRINKWATER PASS-JUNTURA ROCK PRODUCTION 


No bids received on this project 


THE DALIES-CALIFORNIA HIGHWAY 
CRESCENT ROCK PRODUCTION 


No bids received on this project 


AURORA FLIGHT STRIP 
CLEARING OF APPROACH AND SIDE CLEARANCE ZONES 


Vernie Jarl 
C. W. Reeve 
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highway and will not create a traffic hazard. He further explained that the 
company plans to construct a logging railroad from their timber to their mill 
at Lebanon and wants to construct such logging road under the west approach 

to Wiley Creek Bridge. He offered no objection to such construction provided 
the company will do the work in conformity with plans and specifications ap- 
proved by the State Highway Department and will pay all of the costs involved. 
He recommended approval of the company's request on such basis. After consid- 
erable discussion, the Commission by unanimous vote approved both applications 
in principle and ordered that the entire matter be covered by appropriate 
written agreement between the commany and the Commission, when satisfactory 
disposition has been made of all the details involved, 


The Attorney rendered a status report on the settlement of the Troy 
damage claim, arising out of the reconstruction of the Old Oregon Trail across 
the Troy property, in Baker County. He advised that the Troys have agreed to 
settle on the basis of the Commission's latest offer of $2,500, if provision 
is made in the agreement covering the matter of state maintenance of a certain 
ditch that occupies the highway right of way. Commissioner Oliver suggested 
that the state should maintain the ditch if it is on the highway right of way. 
Commissioner Clough concurred. The Attorney was thereupon instructed by Chair- 
man Banfield to revise the agreement in conformity therewith. 


The Engineer brought up for discussion the matter of securing defer- 
ment from the draft of certain highway department employees whose loss to the 
department would seriously impede the department's work. He advised that the 
Highway Commission, at a meeting on July 23, 1942, authorized Chairman Cabell 
to direct a letter to the Draft Boards of the state, requesting deferment of 
certain key men, individually, as need arose, and inquired if it is the wish 
of the Commission to continue such practice. After diseussion, the Commission 
by unanimous vote confirmed the action taken on July 23, 1942, and thereupon 
authorized Chairman Banfield to sign similar letters in behalf of the Commi s- 
sion. 


The Commission discussed briefly matters pertaining to the employment 
of convict labor on state highway work, but took no definite action thereon. 


The Engineer reported receipt of a request for the use of 2 portion 
of Floras Lake State Park, in Curry County, as an aircraft landing field. It 
appears that the Federal Government has appropriated approximately $865,000 
for the construction of a navy aircraft landing field in this district, and 
that the most suitable site for the same happens to be located in the state 
park which was recently acquired by the Highway Commission from the Blacklock 
Sandstone Comvany of California. The Engineer advised that the plans provide 
for the construction of runways in the back end of the park, which would leave 
the area fronting on the ocean available to the state for the purposes for 
which it was acquired. It was his thought that the existence of the landing 
field in the park would not be objectionable, and might work to the advantage 
of the state after the war is over, inasmuch as the Government no doubt will 
build roadways leading to tue area which would be available for park use when 
times return te normal. The State Parks Superintendent, Mr. S. H. Boardman, 
was present and concurred in the remarks of the Engineer, After discussion, 
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when the matter was called to the attention of representatives of the Director 
of Defense Transportation, and it was explained that the order as written would 
set aside state laws and regulations that control such features, the order was 
modified to prohibit speeds in excess of the applicable speed limit duly pre- 
scribed hy competent public authority, and to provide that the gross and axle 
weights should nct exceed the applicable state laws or the weights allowed by 
permits issued by competent state authorities. (See copy of rules and regula- 
tions for details.) Me recommended action by the Commission, approving speeds 
in excess of 35 miles ver hour for such vehicles, provided the speed limits 
prescribed by law are not exceeded; also, that the Commission go on record is 
opposin, movements that weigh in excess of the legal-weight requirenents and/or 
the weights specified in the emergency transvortation permits that have been 
issued to such carriers. The Commission, by unanimous vote, approved the Engi- 
neer's recommendation. The Engineer was t!.ereupon instructed to inform Gover- 
nor Snell of the Commission's attitude with respect to the application of this 
Order. (See letter dated March 18, 1943.) 


The Engineer reported on the cost to improve Edwards Street, siedford, 
between the Pacific Highway and Central Avenue, which improvement has been re- 
quested by the City Council and certain local industries. He advised that in- 
vestigation reveals that, since the Pacific Highway has been declared a one-way 
street for northbound traffic, and southbound traffic has beer. routed along 
Court Street and Central Avenue, Edwards Street has become an important connec- 
tion for industries along Central Avenue. Formerly, he said, access to these 
industries was had by driving north on Central Avenue, but such routing is no 
longer available because of tie designation of this street a one-way street for 
southbound traffic only; and, when entering the city from the south, trucks now 
are obliged to go several blocks out of the way in order to reach their head- 
quarters. Edwards Street, he said, is the logieal route, but traffic is reluc- 
tant to use this street because its poor condition is hard on tires and equip- 
ment; hence the request for the improvement of this street at state expense. 

Ye gave as his thought that the state is largely responsible for existing con- 
ditions, because the one-way street designations were adopted at the instance 
of the Highway Commission. He recommended, in view thereof, that the Commis- 
sion authorize the improvement of Edwards Street, which will cost about $4,500, 
provided the War Production Board will certify the project for needed materials. 
After discussion, Commissioner Clough stated his approval of the Engineer's 
recommendation. Commissioner Oliver concurred, whereupon Chairman Banfield de- 
clared the action unanimous. The Engineer was thereupon authorized to proceed 
with the project. 


The Commission had under discussion two applications from the Foster 
Rooming Vompany, in one of which the company requests authority to flood the 
right of way of the Santiam Highway under Wiley Creek Bridge, and in the other 
requests authority from the Commission to construct a logging railroad under 
the highway at the westerly end of this bridge. The Engineer explained that 
the company proposes, in connection with its logying operations in this vicin- 
ity, to construct a dam across Wiley Creek to create a pond for storing logs, 
and that the backwater will submerge the state's property under the bridge. 
The company, he said, is asking authority from the Commission to flood this 
land. He gave as his opinion that such flooding would not be harmful to the 
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Mr. Wilcox replied that the Federal Government is of the opinion that mainten- 
ance by local authorities is best, because the local community would receive 
the most benefit and would take a greater interest in the project. Personal 
service, he said, such as can be provided by local authorities, will provide 
for a better and more successful overation of the field. Mr. Devaney admit- 
ted that the state is better fixed to perform certain features of the mainten- 
ance work but, in his estimation, local interests are in better »osition to 
perform certain features such as lighting the premises, surfacing, and opera- 
tion. 


Chairman Banfield pointed out that the State Highway Comnission in 
the past has assued certain obligations with respect to the operation and 
maintenance of flight strivs, and that the project under discussion is only 
a forerunner of similar vrojects that no doubt will arise in the future. The 
establishment of a precedent in the present instance, he said, may or may not 
work to the advantage of the state, and, in view thereof, it was his thought 
that the state should act as either sponsor or cesponsor for the project. 
Should future investigations reveal, he added, that the state cannot act as 
sponsor or cosponsor, then the Comission will be pleased to reconsider the 
question, but in the meantime the Yommission believes that its duty is to act 
as either the sponsor or cosyonsor and to retain title to the land. 


There followed a general discussion, in which Mr. “eavey pointed 
out the urgency of a decision so as to expedite the construction of the air- 
port. ‘the conférence was concluded by Chairman Banfield, who stated that 
the Lommission wishes to cooperate fully in this undertaking, but the main 
question is who is to maintain the project after the war is over. He reiter- 
ated that the adoption by the Vommission of an undesirable precedent now 
would act to the state's disadvantage in the disposition of similar projects 
that arise in the future. ‘The "ighway Commission, he said, will consider all 
of the facts, and will reach a decision in the matter in a few days. 


The Commission reconsidered the matter later in the session, at 
which time the Attorney advised that there are two solutions to the problem, 
if investigation reveals that the state cannot legally act as sponsor; viz., 
the state could lease the property to the county, which does not appear favor- 
able because the lease would have to be for a period of twenty-five years; or 
the state could act as cosponsor, and in that event the county would be able 
to perform certain things that the state could not do, and the state could 
perform certain things that the county could not do. He also pointed out that, 
if the Navy were determined to take the property, it could do so by condemna- 
tion, and the Yommission would have very little to say about it, and in that 
event title could be transferred to the county, which then could act as sole 
sponsor. The Attorney was instructed to advise the Vommission with respect 
to its legal authority to sponsor construction, maintenance and operation of 
this proposed airbase. 


Mr. Bankus appeared before tie Commission as an individual and of- 
fered to deed to the state certain land which fronts on the Oregon Coast High- 
way, in Curry County, for a distance of 15 miles. He said that the land con- 
tains 13,000,000 feet of timber, and that he would deed the land and the tim- 
ber to the state at the rate of $0.50 per M-FEM. We asked for a decision by 
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tne Commission decided unanimously to lease the area to the Federal Government 
for landing-field purposes, provided the Government will allow the state to 
sponsor the project, and will return the property to the state for maintenance 
after the war is over. 


This matter was discussed further with a delegation which appeared 
before the Commission at this time, consisting of the following members: Elmer 
Bankus, Brookings, representing Curry County interests; Leo G. Devaney, Direc- 
tor of the State Board of Aeronautics, Portland; L. W. Wilcox and J. H. Reavey, 
representing the Civil Aeronautics Administration, Seattle, as District Engi- 
neer and Supervisor of Development of Airports, respectively. Mr. Bankus pre- 
sented a resolution from the County Court of Curry County, in which the Court 
resolves, in behalf of the people of Curry County, to act as sponsor for the 
proposed airport project, and to cooperate with the Civil Aeronautics Adminis- 
tration and the United States Navy in all measures designed to bring the air- 
port project to materialization; also, in which the State Highway Commission 
is requested to convey unto Curry County such portion of the state park as may 
be required for said airport. 


In response to an invitation from ‘hairman Banfield, Mr. Wilcox 
stated that the Federal Government has appropriated $865, 00 for this airport 
project, the money to be spent under the direction of the Civil Aeronautics 
Administration; also, that the project needs a sponsor and that Curry County 
has offered to, and particularly wants to, assume such sponsorship. The only 
way that it would be possible for the county to assume such responsibility, 
he said, is for the county to obtain title to the land upon which the airport 
is to be constructed. The Civil Aeronautics Administration, he added, has re- 
ceived its orders to proceed with the making of surveys and plans for construc- 
tion as soon as possible, and the only thing that is holding up the proposition 
is the fact that the county does not own the land. Mr. Wilcox also said that 
the county, as sponsor, would be required to adopt a resolution prepared by 
the Civil Aeronautics Administration, known as the AP-4 Resolution, which pro- 
vides briefly that the county will agree to operate and maintain the airport 
as a ourlic facility to the best interests of the public. The Navy Department, 
he said, would probably lease the airport from the county for the duration of 
the war and for a period of six months thereafter and, in that event, the coun- 
ty would be relieved of its jmmediate obligation and responsibility with re- 
pect to the maintenance feature, which would be assumed by the Navy during the 
time that the lease is in effect. 


The Attorney advised that the State “ighway Commission has gone on 
record as favoring state sponsorship of this project and inquired why the state 
could not act as sponsor in view of the authority given the Highway Commi ssion 
hy the 1943 Oregon Legislature to cooperate with the United States in the con- 
struction and maintenance of airports, et cetera. lr. Wilcox replied that the 
Sovernment's AP-4 ruling is not very flexible, and that he could not state def- 
initely whether or not the state could qualify as sponsor until he has re- 
ceived a ruling from Washington. 


The State Highway Engineer pointed out that the state is jn much 
better position to carry on the maintenance work than is the county, to which 
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Commission would direct a letter to the Commanding Officer in charge of these 
operations, giving full information with respect to the encroachments, the 
probabilities are that appropriate action would be taken to effect the cessa- 
tion of such activities, unless they are absolutely required; in any event, 
something would be done to respect the state's property. Should it develop that 
such use of the state's property could not: be discontinued, then the use of the 
property will be covered by appropriate written agreement. The Engineer was in- 
structed by the Commission to make investigations as may be necessary and to 
prepare agreements to cover the use of the properties that are absolutely needed 
by the Armed forces. 


County Judge Nelson B. Higgs of Harney County was present and asked 
the Commission to assist the county in the maintenance of its market roads. He 
also asked for better maintenance of state secondary highways in Harney County 
some of which, he alleged, are in very poor condition and are difficult to 
travel. The matter was referred to the Engineer for investigation. 


The matter of selecting companies, who shall participate in furnish- 
ing the bond required of the State Highway Engineer in connection with the ad- 
ministering of the $150,000 increase in the highway department's revolving fund 
that was authorized by the 1943 Legislature, had the attention of the Commis- 
sion. Action on this matter was deferred until the next meeting. The Secretary 
was instructed in the meantime to furnish each member of the Commission a list 
of companies that now participate in the Engineer's $200,000 bond and a list of 
the companies that are eligible to participate in the new bond. 


The Engineer reported that, in conformity with authority previously 
granted him by the Commission, he posted the Central Oregon Highway, between 
Bend and its junction with the Lakeview-Burns Highway, for a 50 per cent re- 
duced load limit in order to preserve the surface of the road during the time 
that the frost was leaving the ground, and that the signs were erected on Feb- 
ruary 23, 1943. The signs, he said, were taken down on March 15, 1943, due to 
improved conditions and he is simply reporting the circumstances at this time 
for the Commission's information and in conformity with previous instructions. 
The Commission approved the action taken by the Engineer on this matter. 


The Engineer reported further that on February 23, 1943, he also or- 
dered that the I.0.N. and Jordan Valley Secondary State Highways, between the 
Oregon-Nevada state line at McDermitt, Nevada, and the town of Jordan Valley, 
be posted for 50 per cent reduced load limit because the roads were being seri- 
ously damaged by heavy traffic and were becoming almost impassable. He asked 
the Commission to confirm such action. The Commission approved such posting and 
by unanimcus vote adopted the following resolution in regard thereto. 


WHEREAS, the following roads or highways have been desig- 
natec and declared to be and are state highways, and have been im- 
proved and are being maintained by the State Highway Commission pur- 
suant to the laws of the State of Oregon as state highways, to wit; 


I.0.N. and JORDAN VALLEY SECONDARY HIGHWAYS 


AND WHEREAS, the said above-named state highways are, in 
the judgment of the State Highway Commission, being subjected to a 
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‘ the Commission before its next meeting because he said he has another offer 
for the timber. The matter was referred to the Engineer and the Parks Super- 
intendent for investigation and report. The State Parks Superintendent re- 
ported later in the session that he is familiar with the property offered by 
Mr. Bankus and in his estimation the property is of no value for park or rec- 
reational purposes. He recommended that the offer be declined from the park's 
standpoint. The Commission approved the recommendation; however, instructed 
the Engineer to investigate the property from the standpoint of its being of 
value to the state as right of way for a proposed revision of the Oregon Coast 
Highway at this location. 


Mr. John M. Colon, Attorney, representing the United States War De- 
partment, came before tne Commission with regard to the leasing, for military 
purposes, of property recently acquired by the Commission from Mr. L. J. Simp- 
son at Shore Acres, adjacent to the Cape Arago Secondary Highway in Coos County. 
Ye advised that the Army is ready and willing to enter into a lease agreement 
with the Commission for the use of this property, in accordance with the condi- 
tions outlined in the letter of the State Highway Engineer directed to the 
United States Army Engineers, Portland, dated March 10, 1943. (See letter in 
general files for details.) Ye stated, however, that it would be necessary for 
the Army to construct one roadway across the property, in addition to the im- 
provement of the existing road. After discussion the Commission by unanimous 
vote aporoved the leasing of this property to the United States Army on the 
basis of the Engineer's letter of March 10. The matter is to be covered by 
formal lease agreement. 


ur. Colon also brought up for discussion the following matters: 


(1) Occupation of Cape Sebastian State Park in Curry County:-Mr. 
Colon agreed to look into the uatter of preparing a lease of this property 
which is now being occupied by Army personnel and which park is closed to 
civilians. 


(2) Use of a portion of the right of way of the Oregon Coast High- 
way near Waldport, in connection with the operation of a troop shelter:-.ir. 
Colon advised that in order to provide access to the troop shelter, it would 
be necessary to construct a service road for a short distance on the highway 
right of way. This roadway, he said, would be constructed at the top of the 
excavation slope and in his estimation would not interfere with the use of the 
highway. The matter was referred by the Commission to the Engineer for inves- 
tigation, with authority to grant the permission if there are no objections. 
The matter is to be cévered by appropriate lease agreement, and there is to 
be no charge for the use of the area by the Army. 


The State Highway Engineer advised that he has received information 
to the effect that the Army and the Coast Guard are conducting certain activi- 
ties in other state parks, which operations are being carried on without auth- 
ority from the State Highway Commission. He particularly mentioned activities 
at Ecola State Park near Cannon Beach, Short Sand Beach State Park in northern 
Tillamook Lounty, Cape Lookout State Park south of Tillamook, Yaquina Bay State 
Pari: at Newport, Patterson Ocean Wayside Park south of “Yaldport, and others. 

It was his thought that the use of these varks by the armed forces should he 
covered by appropriate written agreements. Mr. Colon suggested that, if the 


AND BE IT FURTHER ORDERED, that certified copies of this 
order be furnished the county clerk of Malheur County, in which 
county said highways are located, and the Superintendent of the De- 
partment of State Police for his information. 


The Commission had under discussion the claim of Mr. and Mrs. Ralph R. 
Gibbs, Broadbent, Oregon, for damages which they allege occurred to their prop- 
erty adjacent to the Powers Secondary Highway, in Coos County, by reason of 
the blocking of a highway culvert which diverted flood water onto their prem- 
ises. The Engineer advised that, in the fall of 1941, certain improvements 
were made in the highway in the vicinity of the Gibbs' property and that in con- 
nection therewith the old bridge across Rhoda Creek was removed and a 72-inch 
corrugated culvert installed in lieu thereof, and, during the process of back 
filling, the culvert pipe was strutted to prevent collapse. It so happens, he 
said, that exceptionally heavy rainfall occurred before the struts could be 
removed and as a result the pipe was unable to carry the water which backed up 
on the Gibbs' property, causing considerable damage. Mr. Gibbs, he said, is 
asking damages in the amount of $100 to cover the following items: overhauling 
three cars and a tractor $74.15, repairs to fences and damage to grounds $25.00. 
He recommended that the Gibbs be paid the sum of $100 in full satisfaction of 
their claim, if they will sign a statement releasing the Commission from fur- 
ther obligation in connection therewith. After discussion the Commission ap- 
proved the recommendation by unanimous vote. 


The Commission discussed a letter from the Wedderburn Water Company 
requesting permission to install a four-inch water pipe line on the sidewalk 
of the bridge over the Rogue River between Wedderburn and Gold Beach, The En- 

recommended that the request be denied because the sidewalk is narrow 
and the pipe line located thereon would interfere with the use of the walk and 
would detract greatly from the appearance of the structure, Furthermore, when 
this bridge was constructed, openings were left in the forebeams and brackets 
for the specific purpose of accommodating such water lines and other facilities, 
and these openings are now available to the company if it cares to use them. 
The Commission approved the recommendation; however, ordered that the company 
be informed that the Commission is willing to issue a permit authorizing the 
company to install its pipe line through the existing openings if it wishes to 


use them. 


A request was presented from the City of Tillamook for assistance 
from the State Highway Commission in the repair of certain city streets that 
are being damaged by heavy log-hauling traffic and by trucks that are engaged 
in hauling rock to the nearby Navy Blimp Base. The Engineer advised that he 
personally inspected these streets in company with the Tillamook Street Com- 
missioner on February 25 and confirmed the city's statement that the streets 
are being damaged. He estimated the cost to repair them at $5,200 which is 
$4,072 more than the amount that the Commission has budgeted this year for the 
improvement of city streets in Tillamook. He recommended, notwithstanding the 
budgeted amount, that the full amount of $5,200 be expended in this city be- 
cause the Commission's program for city street improvements was designed 
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kind and character of traffic which is damaging and injuring the said 
highways, and, in order to protect said highways against such damage 
and injury, it is deemed and is the judgment of the Highway Commis- 
sion and said Commission finds that it will be for the best interests 
of the said highways that the maximum weights permitted and authorized 
by law be reduced; 


NOW, THEREFORE, the premises being in part as above stated, 
and the State Highway Commission having, as a result of due investigs- 
tion, found that the roads above mentioned and hereinafter designated 
are being damaged and injured on account of the kind and character of 
traffic now being hauled over and upon said roads; and, by reason of 
the fact that vehicles carrying maximum loads moved at the maximum 
speeds specified by the provisions of the laws of the State of Ore- 
gon are breaking up, damaging and deteriorating the said roads, 


IT IS HEREBY ORDERED, that the maximum weight of combined 
load and vehicle which shall be permitted upon the within-named roads 
shall not exceed the weight herein fixed. 


The maximum weights which shall apply to the following high- 
ways, to-wit: 


I.0.N. and JORDAN VALLEY SECONDARY HIGHWAYS from the 
Oregon-Nevada state line near McDermitt, Nevada, to 
the town of Jordan Valley, in Malheur County, 


shall be as follows: the combined weight in pounds bearing on the 
surface of the highway at contact with the tread of the wheels of the 
front axle of a truck or truck-tractor shall not exceed the product of 
four hundred (400) multiplied by the sum in inches of the tire width 

of the wheels of such axle; and, the combined weight in pounds bearing 
on the surface of the highway at contact with the tread of the wheels 
of any one axle of a vehicle or combination of vehicles, other than the 
front axle of a truck or truck-tractor, shall not exceed the product of 
three hundred (300) multiplied by the sum in inches of the tire width 
of the wheels of such axle; but, in no event shall the combined weight 
in pounds bearing on the surface of the highway at contact with the 
tread of the wheels of any one axle of a vehicle exceed the maximum 
limit set by law for any one axle. 


IT IS FURTHER ORDERED, that these rules and regulations as 
made and found by the State Highway Commission under the provisions of 
Section 115-394, 0.C.L.A., shall be in full force and effect until modi- 
fied, annulled or voided by the order of the State Highway Commission. 


AND IT IS FURTHER ORDERED, that a notice be posted in a con- 
spicuous manner and plece at each end of the above-named sections of 
said highways and at important crossroads on said highways so that said 
notices can be readily seen and read, which said notices shall state 
plainly the limitations and prohibitions of traffic hereby in this or- 
der determined and fixed. 


funds, and there is a question whether or not the Commission will continue 
its present program for the improvement of city streets that are not on 
state highway routes; however, the Commission intends to proceed with the 
program of construction that has been outlined for this year. 


The Commission discussed and ordered filed a letter from lir. J. F. 
Oldham, Eugene, in which Mr. Oldham calls attention to possible danage that 
may occur to his property at Eugene by reason of the reconstruction of the 
Pacific Highway between Judkins Point and Springfield; also, in which he in- 
forms the Commission that he intends to hold the state accountable for such 
damage should there be any. The Engineer was instructed to watch develop- 
ments and to keep the Commission posted with regard thereto, 


Mr. C, 0. Wilson, Eugene, Superintendent of the Piling Department 
of Pope and Talbot, Inc., came before the Commission and asked for a modifi- 
cation of the Commission's requirements with respect to the furnishing of 
flagmen in connection with the transportation of long piling over state high- 
ways. He pointed out that, according to the provisions of permits that the 
Commission is now issuing, two flagmen are required to accompany each move- 
ment--one of whom is required to precede the movement and the other to follow. 
It was his thought that the general traveling public would be amply protected 
if the rear flagmen were eliminated, and asked the Commission to authorize 
the revision of its permits accordingly, particularly in view of the fact 
that it is becoming very difficult to secure the services of flagmen under 
present wartime conditions. He also suggested the zoning of highways where 
the loads are of such length that they cannot be transported without taking 
up more than half the width of the roadway, which arrangement, he said, 
would eliminate the necessity for flagmen to accompany the movement through- 
out and would conserve tires and gasoline. The Commission referred the matter 
to the Engineer for investigation and report. 


The Commission recessed at 12:00 noon and reconvened at 1:30 p. m, 
in the same room with the same persons present and participating. 


The Assistant Attorney requested authority to purchase certain par- 
cels of real property that are needed for various highway improvements through- 
out the state, He submitted a list of such properties, together with offers 
that he recommended be made in connection with each. After careful considera- 
tion of each item, the Counission approved the request and the recommended 
offers. The following resolution in regard thereto was adopted by the Commis- 
sion by unanimous vote, subject to the condition that neither the Joseph L. 
Hastings tract, file No. 10780, nor the Jessie H. Harrington tract, file No. 
10778, which it is contemplated may be used by the state's contractor as a 
borrow pit to secure materials for the Denver Avenue-Union Avenue Project, be 
purchased until it is known definitely that the contractor will use these 
pits; and that the 457.6-acre tract that the Commission contemplates purchas- 
ing from the Pilot Rock Lumber Company, adjacent to the Pendleton-John Day 
Highway, in Umatilla County, for park purposes, file No. 9473, be not purchased 
unless it develops that an exchange of properties cannot be effected with the 
United States Forest Service, (see special paragraph ahead concerning this 
item): 


D7 1943 


primarily to cover repairs that are the result of heavy haulipg such as is be- 
ing carried on in Tillamook. He said that, if the Commission appYoved such 
expenditure, the City of Tillamook would cooperate to the extent of providing 
its small paving plant and other street equipment in order to speed up the 
completion of the work, After discussion the Commission by unanimous vote 
approved the expenditure of $5,200 in this city, as recommended by the Engi- 
neer. 


For similar reasons, the Commission by unanimous vote authorized an 
expenditure of #3,750 for the repair of streets in the city of Lebanon which 
are being damaged by heavy log-hauling traffic, such amount being $2,654 over 
and above the original allotment for this town. 


A letter was presented from the Department of Interior, Grazing Ser- 
vice, Boise, Idaho, in which the Highway Commission was asked to improve the 
Oxbow Tunnel Hill Section and the Homestead-Ballards Bridge Section of the 
Robinette-Homestead Highway, in Wallowa County, to facilitate the transporta- 
tion of strategic materials that are being taken from the Red Ledge Mine for 
national defense purposes. The Engineer advised that the work is quite costly 
and probabjy could not be financed with the funds that the Commission would be 
able to spare for the purpose; further, that the work could not be undertaken 
without approval of the War Production Board which insists upon a certifica- 
tion by the Army or the Navy as to its necessity with relation to the war ef- 
fort. He also pointed out that the Federal Government has made funds available 
to finanee access roads to mines, and recommended in view thereof that the re- 
quest be denied and that the suggestion be made to the Grazing Service that it 
file its application with the Public Roads Administration for an allotment of 
the mine access road funds. The Commission approved the recommendation. 


The Commission considered and denied as a matter of policy the appli- 
cation of the Pierce Auto Freight Lines, Medford, for permission to use 4 state 
highway department seales at Medford in connection with the weighing of its 
trucks and trailers, and that it be furnished a key to the seales so as to 
avoid inconveniencing state highway department employees ard state police of- 
ficers when they have occasion to use the scales, 


A communication was presented from the Honorable Elmo E. Smith, 
Mayor of Ontario, inquiring whether or not the State Highway Commission would 
approve the accumulation of funds that may be alloted to the Gity of Ontario 
over a period of years until the aggregate amount accumulated is sufficient to 
finance the oiling of city streets. Mr. Smith explained that simple repair 
work, that is contemplated under the Highway Commission's program for improve~- 
ment of city streets that are not on state highway routes, does not meet the 
problem of the City of Ontario, and what they really. need is a more extensive 
improvement which could not be financed unless the Highway Commission would 
permit the accumulation of funds alloted to Ontario over a period of years. 
After discussion the Commission instructed the Engineer to inform Mr. Smith - 
that the Commission appreciates the value of the plan that he suggests, but : 
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is not in position at the present time to give him a definite answer, in view 
of the fact that the Legislature, which has just adjourned, enacted a law 
which allocates to the cities and towns a certain amount of state highway 
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Section, Hwy., and Owner Purpose Acres Approximate Amounts 


aEEcTE Section, McKenzie Highway 
10763-Roth-Kelly Lumber Storage 20,325 sq.ft. $750 LUMP SUM 


Company Tank Site 


John -Prairie City Section, John Day Highwa 
4882-A-Oliver, Herman Stock 5 year lease GRATIS 
y Pile Site 


Flat Creek-Prairie City Section, John Day Highway 
10786-Holland, Josephine Gravel Pit 2.89 $50 per acre 
and 
Stock Pile 
10783-Herburger, Harold Stock Pile 1.67 #20 per acre, plus 
and Federal Land Site $5, plus fencing 
Bank of Spokane 
10784-Younger, Ira and Gravel Pit 4.69 $60 per acre 
J. M. Norton 


Boardman-Stanfield Section, Boardman-Stanfield Highwa) 
8852-A-Correa, Jess Jr. Hauling 0.11 9125 per acre, plus DeSouza 
Road $36.25 


Nye-Grant County Line Section, Pendieton-John Day Highway 
9473-Pilot Rock Lumber Park 457.6 acres on which stand 3,360 M. 
Company Timber feet merchantable pine timber, worth 
Land $3 per M., in addition to fir and 
tamarack timber thereon. LUMP SUM 
$10,000 Parker 


Umatilla Ordnance Depot Soe Boardman-Stanfield Highway 
8773-A-Northern Pacific 9.12 $5 per acre Devers 
Railway Co. 

The Assistant Attorney also asked the Commission for authority to 
condemn certain parcels of real property that are needed for various highway 
purposes. He submitted a list of such properties together with offers that 
he recommended in condemnation, as follows: 


File No. Name Purpose Required Fecommended Offer 


5672 Leonard F. Wilmot, et ux. Right of Way 3 9,200.00 
" 


6338 Ivan F, Phipps and/or A. A. 
Marcianelli 

5674 Kernan Live Stock Farm, Inc. R/W & Easements 1,500.00 

3222-B William Jeskey Glide Easement 247.50 

4715-A CC. *H. Walter Glide Easenent 125.00 

10630-A Anna B. Wurster Glide Easement 295.00 


sapere 900.00 


After careful consideration of each item the Commission approved the request 
and the offers, and thereupon by unanimous vote adopted the following resolu- 
tiorswith regard thereto: 
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WHEREAS, in connection with the further improvement of the 
highways hereinafter designated, it is and has been necessary to ac- 
quire property for right of way, quarry sites, gravel or other mate- 
rial sites, or sites for the storage of materials, as hereinafter 
more definitely set forth, and 


WHEREAS, as a result of negotiations carried on with the 
owners of the property required, options have been obtained, whish 
options have been considered by the Commission, outlining the bases 
of settlement which have been agreed upon, and 


WHEREAS, it is the judgment of the Commission that the said 
options should be approved and accepted, and/or the said reports be 
declared acceptable to the State Highway Commission as bases of set- 
leaent for the properties involved, and that the acquistion of the 
properties should be completed: 


WOW, THEREFORE, BE IT RESOLVED that the several offers, or 
bases of settlement hereinafter enumerated be, and the same hereby 
are, approved and accepted, and that the Attorney for the State High- 
way Commission be, and he hereby is instructed to complete the acqui- 
sition of the said properties and to take title thereto in the name 
of the State of Oregon. The said properties hereby ordered and auth- 
orized to be acauired are as follows: 


Section, Hwy., and Omer Purpose Acres Approximate Amounts Agent 


Columbia Boulevard Section, Pacific Highway 
10720-Hastings, Jos. L. Borrow lots 18, 19, Blk. 2, Natl. Add. 


Pit to Portland - $135, + taxes Parker 
(Estd. $25} 
10778-Harrington, Jessie Borrow Lot 16, Blk. 2, Natl. Add. to 
H. Pit Portland,-$50, plus taxes " 
(Estd. $10) 
Denver-Union Intersection, Pacific Highway 
10787-Multnomah County Borrow Removal of dirt from Lots 4 to 
Pit 15, incl., Blk. 2, and from lots 
18,19,20,24,25,26,27, Blk.1, Natl. 
Add. to Portland - GRATIS Parker 
5673-Westerlund, Joel F. R/W 1.09 $6500 per acre, plus " 
$7915 
dak Hill-Bugene Section, Eugene-Venita Highwa . 
10754-Shaw, F. P. dr. Scale 0.70 $75 per acre, plus Witt 
Site $100 
Springfield Section, McKenzie Highway 
10755-Southern Pacific Storage 3,709 sq.ft. $250 LUMP SUM Witt 
Company Tank Site 


Real property owned by Ivan F. Phipps, et al., which 
property is located in the northwest quarter (NWZ) of the 
northwest quarter (IW) of Section 3, Township 1 North, 
Range 1 East, W. M., Multnomah County, Oregon, and is more 
particularly described on the attached sheets and designat- 
ed as Parcel No. 4 and is further identified in the records 
of the Highway Commission as file R 6338, and which prop- 
erty is being acquired for right of way purposes in connec- 
tion with the Pacific Highway East ;* 


Real property onwed by Leonard F. Wilmot, et ux., which 
property is located in the northwest quarter (2%) of the 
northwest quarter (NW2) of Section 3, and in the northeast 
quarter (NEX) of the northeast quarter (NE3) of Section 4, 
Township 1 North, Range 1 East, W. M., Multnomah County, 
Oregon, and is more particularly described on the attached 
sheets and designated as Parcel lo. 5 and is further iden- 
tified in the records of the Highway Commission as file 
R 5672, and which property is being acquired for right of 
way purposes in connection with the Pacific Highway Bast.* 


2. That the Commission does hereby find and declare that 
each of the said described parcels of real property is necessary 
and acquisition of the same by the State is required for the specif- 
ic purposes hereinabove set forth, and the said properties are be- 
ing acquired for the express and specific purposes in this resolu- i 
tion set forth. | 


3. That the State Highway Engineer be and he hereby is Ft 
instructed and directed to make or cause to be made all surveys ; 
necessary in connection with the determination, description, and i 
acquisition of said real properties, and said Engineer is further A 
instructed to prepare and submit to the Legal Department necessary # 
and adequate descriptions of the said real properties, which said i 
descriptions shall be available for the preparation of any deed 3 
or deeds or other instrument or instruments necessary to complete 
the acquisition of said property or properties, whether said prop- 4 
erties be acquired by purchase, donation, agreement, or by the * 
exercise of the power of eminent domain. é 


4. That J. M. Devers, Attorney for the State Highway 
Commission, be and he is hereby requested, authorized, and direct- 
ed to attempt to agree with the owner or owners and/or with the 
tenants or persons in possession, if there be any, of said parcel 
or parcels of land with respect to the compensation to be paid for 
the taking of the same and the damage, if there be any, and in the 
event that no satisfactory agreement or agreements can be reached, 
then it is hereby further resolved that J. M. Devers, Attorney for 
the State Highway Commission, be and he hereby is requested to com- 
mence and »rosecute to a final determination such suit or action, 
or suits or actions, as may be necessary and appropriate to acquire 
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WHEREAS, the State Highway Commission is authorized to 
locate, relocate, construct, reconstruct, maintain, widen, straight- 
en, and otherwise improve state highways, both primary and second- 
ary, and also access roads or other roads in which the Federal Gov- 
ernment is interested, and said Commission is also authorized to 
construct shops, equipment sheds, office buildings, maintenance 
sites, patrolmen accommodations, and snow fences, and is authorized 
to acquire quarry sites, gravel pits, storage sites, stockpile sites, 
weighing stations, and broadcasting stations, and is further author- 
ized to develop, construct, improve, gperate, and maintain parks, 
parking places, auto camps, camp sites, roadside development, recre- 
ational grounds or resorts, and other places of attraction and scenic 
value; and 


WHEREAS, said Highway Commission is authorized to acquire 
by purchase, agreement, donation, or by the exercise of the power of 
eminent domain real property, or any interest therein, necessary or 
deemed by the Highway Commission necessary for the accomplishment of 
any and all of the foregoing things; and 


WEREAS, in the judgment of the Highway Commission the sev~- 
eral tracts or parcels of land hereinafter described are each and all 
necessary for the specific and particular purposes hereinafter ex- 
pressly set forth; 


NOW, THEREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
State Highway Commission as follows; 


1. That the Commission does hereby find and declare that 
the several parcels of real property hereinafter described are each 
and all necessary for the accomplishment of the purposes hereinafter 
expressly and specifically set forth, which said real properties and 
the specific purposes for which the same are being acquired are de- 
scribed as follows, to wit: 


Real property owned by Kernan Live Stock Farm, Inc., 
which property is located in the southeast quarter (SE*) 
of the southeast quarter (SE+) of Section 33, Township 2 
North, Range 1 East, W. M.; in the northeast quarter (1E}) 
of the northeast quarter (NE+) of Section 4, Township 1 
North, Range 1 East, W. M.; and in the southeast quarter 
(SEX) of Section 33, Township 2 North, Range 1 East, and 
in the northeast quarter (NEG) of Section 4, Township 1 
North, Range 1 East, W. M., Multnomah County, Oregon. 
Said real property consists of three parcels necessary for 
right of way purposes in connection with the Pacific High- 
way East, designated on the attached sheets as Parcels Nos. 
1, 2, and 3, and consists also of properties described on 
the attached sheets which are necessary for slope easement, 
detour road easement, and dike easement purposes in connec- 
tion with said highway, all of which properties are identi- 
fied in the records of the Highway Commission as file R 56743* 
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1, That this Commission does hereby find and declare that 
the real property hereinafter described is necessary for the con- 
struction, maintenance, and operation of a flight strip heretofore 
selected and designated by the United States of America and referred 
to as the Aurora Flight Strip, and does hereby find and declare that 
the acquisition of said real property is advantageous to the United 
States of America and to the State of Oregon in connection with said 
pro ject. 


2. That the real property required and hereby found and 
declared to be necessary for the construction of said Aurora Flight 
Strip is described as follows, to wit: 


A parcel of land lying in the southeast quarter (SE) 
of Section 35, Township 3 South, Range 1 West, W. i., Clack- 
amas County, Oregon, the said parcel being described as 
follows: 


Beginning at the southeast corner of said Section 35; 
thence north along the east line of said section 1848 feet 
to the north line of the owner's property; thence west 
along said north line 1650 feet; thence south, parallel to 
the east line of said section, 1848 feet to the south line 
of Section 35; thence east along said south line 1650 feet 
to the point of beginning. 


3. That the inclined plane or area over the above de- 
scribed real property which the United States of America and the 
State of Oregon propose to use as a glide area has the following 
elevations, which are related to the U. S. Coast and Geodetic Sur- 
vey (1929 Adjustment) : 


Elevation 260 feet at the northeast corner of said tract; 
Blevation 260 feet 1450 feet west of the northeast corner of said 
tract; 
Elevation 287 feet at the northwest corner of said tract; 
Elevation 275 feet at the southeast corner of said tract; 
Elevation 218 feet 420 feet west of the southeast corner of said 
tract; 
Elevation 218 feet 1390 feet west of the southeast corner of 
said tract; 
Elevation 253 feet at the southwest corner of said tract, 


4. That said real property is being acquired for the pur- 
pose of using the same as a glide area in connection with the devel- 
opment and use of said flight strip. 


5. That J. M. Devers be and he is hereby authorized to 
negotiate with the owners of said real property for the purpose of 
acquiring the same by agreement, and if said property cannot be 
acquired by mutual agreement then the said J. M. Devers is hereby 
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title to the said premises and all rights therein for the purposes 
herein stated. 


5. That this resolution be entered in full in the minutes 
and records of this Commission. 


¥(The detailed descriptions of the respective parcels of real prop- 
erty mentioned in this resolution are attached to the original reso- 
lution on file in the office of the State Highway Commission, Salem, 
being Resolution No. 34, under the heading "Real Property Condemna- 
tion Resolutions," and said descriptions by this reference are made 
a part of this minute entry to the same extent as 1f copied in full 
herein.) 


WHEREAS, the United States of America has selected, desig- 
nated, and established in Marion and Clackamas Counties, Oregon, 4 
light strip for the uses and purposes of aircraft; and 


WHEREAS, the United States of America has determined and 
designated the real properties and the boundaries thereof which are 
needed for use in connection with the construction, maintenance, 
and operation of said flight strip; and 


WHEREAS, the Public Roads Administration, for and on be- 
half of the United States of America, has requested the Oregon State 
Highway Commission to procure by purchase, agreement, or by the ex- 
ercise of the power of eminent domain real properties needed in con- 
nection with said project; and 


WHEREAS, under and pursuant to the provisions of Chapter 
198, Oregon Laws, 1943, the Oregon State Highway Gommission is auth- 
orized to cooperate with the United States of America and/or with 
any of its agencies or representatives in the making of surveys, 
plans, specifications and estimates and in the construction and 
maintenanee of flight strips and airfields, and in the construction, 
reconstruction or maintenance of roads or bridges necessary in con- 
nection therewith, and is authorized to procure necessary real prop- 
erties needed in connection with the development, construction, or 
maintenance of flight strips or airfields; and 


WHEREAS, the Oregon State Highway Commission, after due 
consideratio&, has found and determined that the real property here- 
inafter described is necessary and its acquisition will be advanta- 
geous to the State of Oregon and to the United States of Ameriea in 
connection with said project; 


NOW, THOREFORE, BE IT AND IT HEREBY IS RESOLVED by the 
Oregon State Highway Commission, all members being present and af- 
firmatively voting: 
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highway be turned over to the county and city authorities for future mainten- 
ance, The Commission approved the recommendation and thereupon by unanimous 
vote adopted the following resolution in regard thereto: 


WHEREAS, in order to afford a better alignment and a more 
satisfactory, safe and convenient highway for the traveling public, 
the Commission found it necessary to relocated a portion of the 
Crater Lake Highway in Jackson County; and 


WHEREAS, by reason of said relocation and the reconstruc- 
tian of said portion of said highway there was eliminated and made 
unnecessary as a part of the completed highway a section or part, 
which section or part is more specifically defined and described 
hereinafter in this resolution; and 


WHEREAS, said change of alignment and route affects a 
portion of the Crater Lake Highway as routed into and through the 
City of Medford as well as a portion of the route of the highway 
outside the corporate limits of the City of Medford; and 


i WHEREAS, it is the judgment and opinion of the Commission 
4 that there should be reflected in the minutes and records of this 

; Commission the purpose and plan of the Commission to abandon as a 

4 part of the Crater Lake Highway, and therefore as a part of the 
a state highway system, the portion of right of way of the old align- 
a ment hereinafter defined and heretofore included within the area of 
a the right of way of the Crater Lake Highway as formerly located be- 
tween the said termini and as heretofore improved and used; and 


WHEREAS, in connection with the relocation of said high- 
way there was accomplished a change in the point gf entrance of the 
highway into the City of Medford from the north and there was like- 
wise accomplished a rerouting of highway traffic in said City; 


NOW, THERE’ ORE, the premises being in general as above 
stated, it hereby is resolved by this Commission, a majority of mem- 
bers being present and affirmatively participating, as follows: 


1. That the fragment of land confined within the area 
hereinafter described and which was formerly within the limits of 
the right of way of the Crater Lake Highway north of the City of 
Medford but which is now without the limits of said right of way 
as said highway has been relocated and constructed be and said 
fragment of land is abandoned as a part of the right of way of 
said highway, and the part of said right of way so abandoned and 
which is outside of the corporate limits of the City of Medford is 
left to revert to the adjoining or abutting property owners or to 
the control or supervision of the County Court of Jackson County 
for highway and/or other public purposes. 


r 2. That the fragment of land or right of way hereby 
abandoned and eliminated from the state highway system is described 
as follows: 


ey ~ 


} 
: 
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instructed to institute and prosecute to final determination a con- 
demnation action for the purpose of acquiring title to the said prop- 
erty or an easement therein and for the further purpose of having 

the compensation to be paid therefor determined by a jury. 


6. That this resolution be entered in full in the minutes 
and records of this Commission. 


The Attorney brought up for discussion the matter of purchase of 
timber strips along the Pendleton-John Day Highway, in Umatilla County. He 
advised that he contacted the Pilot Rock Lumber Company, which is the owner 
of a considerable portion of the property desired by the state, and ascertained 
that the company is willing to sell it to the state for the sum of $10,000, 
which is at the rate of $3.00 per board foot for the timber standing thereon. 
We further advised that, due to the large sum involved, he contacted officials 
of the United States Forest Service relative to the possibilities of securing 
this tract by an exchange for other forest timber land, and ascertained that 
such officials are interested in the matter. Moreover, the Pilot Rock Lumber 
Company appears to be agreeable to such exchange, and has stated a willingness 
to defer the cutting of the timber on the tract until it is known definitely 
whether or not the exchange can be made. He requested authority to discuss 
the matter further with the Forest Service officials and recommended, if such 
an exchange cannot be worked out, that the Commission authorize the purchase 
of the property at the figure quoted by the owner. After considerable discus- 
sion the Commission instructed the Attorney to investigate the possibilities 
of effecting an exchange of properties through the United States Forest Ser- 
vice. Commissioner Oliver expressed himself as being in favor of purchasing 
the property at $10,000, if such exchange cannot be arranged. Commissioner 
Clough concurred. Chairman Banfield declared the action of the Commission to 
be unanimous. (This item is included in the real property resolution above. ) 


The Commission discussed a letter from Alden E. Miller, Oregon City, 
attorney in behalf of Francis Northrup, Portland, in which the Commission is 
requested to join with Mr. Northrup in the vacation of a short section of East 
26th Street, Portland, where it is bounded on the north by railroad company 
right of way and on the south by Clackamas Avenue; also, in which the Commis- 
sion is asked to sell to Mr. Northrup a small triangular area which would 
come into possession of the state in the event the vacation proceedings were 
approved. It appears that East 26th Street, south of Clackamas Avenue, has 
already been vacated and that Mr. Northrup desires the vacation of the short 
section north of Clackamas Avenue to enhance his present holdings which abut 
on the street at this location. The matter was discussed briefly but action 
thereon was deferred until the next meeting, when another report is to be 
rendered by the Attorney with respect thereto. 


The Commission had under consideration the abandonment of a portion 
of the Crater Lake Yighway (old route) which has been rendered valueless from 
the state's standpoint in view of the fact that the highway has been recon- 
structed on revised alignment. The Engineer recommended that this section of 


desire to take with respect to said city streets. Should said 

abandoned portion of the highway be further employed for public or 

private highway purposes such use shall be entirely under the con- 

trol and supervision of the County Court of Jackson County, and 

said streets or sections of said streets shall as to supervision 

‘t and control revert to and be under the jurisdiction of the City of 
Medford, and the same shall be beyond any responsibility or super- 
vision by the State Highway Commission. 


las County with reference to the abandonment by the Highway Commission of a 
portion of the Rice Hil: Section of the old Pacific Highway. According to 
the resolution, the abandoned section is of no value to Douglas County for 
county-road purposes, and in view thereof the County Court has elected to let 


| the area revert to the abutting property owners. The Commission approved the 
resolution and ordered it filed. 


The Secretary presented a resolution from the County Court of Doug- 


The Commission discussed an offer from Mrs. Bertha M, Prelwitz, 
Charleston, to pay the state $25 for an old building which is located on state 
property in Charleston, The Engineer advised that the building is of no value 
to the Highway Department and suggested that Mrs. Prelwitz's offer be accepted. 
; In the discussion of the matter, the Assistant Attorney mentioned that there 
4 is a question as to the ownership of this building, advising that it was placed 
a on the state's property by mistake and there is a possibility that Coos County 
is the rightful omer. In view of this question, the Commission deferred a 
decision in the matter until the next meeting. The Assistant Attorney was in- 


structed in the meantime to look further into the matter of ownership of the 
building. 


The Assistant Attorney brought up for discussion the matter of the 
sale of real property that has been acquired by the Commission in connection 
with right-of-way settlements and which properties are of no value for state 
highway purposes. He particularly referred to property acquired from Christi- 
an Ramseyer in connection with the revision of the Pacific Highway south of 
Salem, in which instance the state was obliged to purchase about 50 acres of 
land in order to secure right of way for this revision. It was the Assistant 

; Attorney's thought that now is the opportune time to sell some of these prop- 
j erties, and accordingly requested authority to list them for sale with estab- 


lished real estate agents. The Commission approved the suggestion and so 
ordered, 


The Commission discussed an offer from the Huntington Rubber ‘fills, 
Portland, to purchase certain state-owned property that was acquired in con- 
nection with the Front Avenue improvement in Portland, same being situate on 
the east side of Macadam Street between Southwest Miles Street and Southwest 
Nevada Street. The Assistant Attorney advised that the company has offered 
to pay $2,750 for this property, which is more than the state paid for it, 
i and recommended acceptance of the company's offer, subject to a 30-foot right- 
of-way reservation for a city street connecting Southwest Macadam Street with 


' 
i> 
o 
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All that certain section of the old right of way of 
the Crater Lake Highway in Sections 7, 8, 17, 18 and 19, 
Township 37 South, Range 1 West, W. M., from the north 
city limits of Medford at East Jackson Street and then 
northerly extending along the former route of the Crater 
Lake Highway to a point which is 1250 feet north of the 
section corner common to sections 7, 8, 17 and 18, said 
point being on the right of way required for the recon- 
structed Crater Lake Highway. 


| 
: 


3. That Crater Lake Avenue from its junction with Saling 
Avenue to its junction with Main Street, and Main Street from said 

junction to its junction with the Pacific Highway (Riverside Avenue ) f 
are abandoned as streets of said City over which to route Crater Lake } 
Highway traffic, and said streets or sections of said streets shall ' 


again be under the exclusive jurisdiction of the City of Medford. 


4. There is attached hereto and by this reference made a 
part hereof a white print marked Exhibit A, upon which map there is 
shown shaded in red the abandoned section of said highway without the 
city limits, and upon which map there is shown shaded in yellow the 
streets which by this resolution are abandoned as streets of said 
City over which to route said Crater Lake Highway traffic, which ex- 
hibit for idenitifcation purposes bears the signatures of K. D. 
Lytle, Division Engineer; H. G, Smith, Construction Engineer; and 
C. B. McCullough, Assistant State Highway Engineer, and bears date 
of February 24, 1943.* 


5. In the event there remains any physical connection be- 
tween any portion of said abandoned right of way or highway and the 
present highway and by reason of such physical connection traffic 
from the existing highway may enter or use the said abandoned por- 
tion of the old road to the possible damage or injury of such traf- 
fic by reason of any unsafe condition existing with respect to said 
old or abandoned section, then the State Highway Engineer is hereby 
authorized and directed to erect such barricade or other safeguards 
as may be necessary to protect and safeguard traffic using and en- 
ploying said newly located, constructed and dedicated section of 
said state highway. 


6. This resolution shall be entered in the minutes and 
records of the Comnission and a certified copy thereof promptly de- 
livered to the County Court of Jackson County, together with a copy 
of said exhibit, for such action as said County Court may desire to 
take with respect to said abandoned portion of said Crater Lake High- 
way ouside of the city limits of the City of Medford; and a copy of 
said resolution, together with said exhibit, shall be delivered to 
the Mayor of the City of ‘ledford for such action as said City may 


¥Map filed Right of Way Abandonment and Retention File - No. 114. 


; 
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Reconsideration was given by the Commission to a request of Mr, 
Russell Hubbard, Reedsport, for an exchange of properties adjacent to the 
Umpqua Highway near the north city limits of Reedsport. Action on this 
matter was deferred by the Commission until its next meeting. The Assist- 
ant Attorney was instructed to render a full report at that time. 


At 3:00 p. m. Chairman Banfield announced the following awards 
of contracts, bids for which were received at the morning session, such 
awards having previously been approved by the Commission by unanimous vote: 


"Removal and replacement of pier fenders on the Lewis and 
Clark Bridge on the Oregon Coast Highway, near Astoria, in Clatsop 
County. Two bids were received, that of The Gilpin Construction 
Company, Portland, being low at $5,855.00, and the other being 
that of Makela Construction Company, Astoria, at 96,259.60. The 
Commission awards this contract to The Gilpin Construction Company 
at its low bid of $5,855.00. 


"John Day Rock Production Project on three state highways, in 
Grant County. Chester T. Lackey, Ontario, submitted the low bid at 
$45,350.00, R, 0, Dail & Warren Bros., Portland, submitted the 
second-low bid at $57,970.00. There was one higher bidder. The 
Commission awards this contract to Chester T. Lackey at his low 
bid of $45,350.00. 


"Drinkwater Pass-Juntura Rock Production Project on the Central 
Oregon Highway, in Harney and Malheur Counties. No bids were re- 
ceived on this project. 


"Crescent Rock Production Project on The Dalles-California 
Highway, in Klamath County. No bids were received on this project. 


"Aurora Flight Strip Project, in Marion and Clackamas Counties. 
Clearing of approach and side clearance zones. Vernie Jarl, Greshan, 
submitted the low bid for this project at $5,850.00. The only other 
bid received was that of C. W. Reeve, Salem, at $7,160.00. The Com- 
mission refers both bids to the Engineer with power to award the con- 
tract to the low bidder, Mr. Jarl, when certain conditions have been 
fulfilled. 


"Denver Avenue Junction Section of the Pacific Highway East, 
in Multnomah County. Grading, surfacing, paving and bridge construc- 
tion, Henry L. Horn, Caldwell, Idaho, submitted the low bid in the 
amount of $318,116.50, Edlefsen-Weygandt Company, Portland, sub- 
mitted the second-low bid in the amount of $339,224.40. There were 
three higher bidders. The Commission refers all bids received for 
this project to the Engineer with power to award the contract to 
the low bidder when certain conditions have been satisfied." 


i The Engineer reported on the request of J. S. Burres, Moro, Oregon, 
for improvements to the Cottonwood Grade Section of the Wasco-Heppner Secondary 
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an unnamed street easterly thereof, and subject also to franchise rights of 
the Southern Pacific Company along such cross-over street. After discussion 
the Commission by unanimous vote approved the sale of this property to the 
Huntington Rubber Mills at its offer of $2,750. 


The Assistant Attorney brought up for discussion the question of F 
exchange of properties with Mr. George Stonefield, adjacent to the Oregon : 
Coast Highway at Tenmile Creek, in Lane County. It appears that the land 

which the state owns was purchased as a source of materials for road construc- 

tion, but the supply of material is exhausted and the property is of no fur- i 
ther value from that standpoint; also, that Mr. Stonefield wishes to acquire &- 
this property, which will fit in nicely with property that he already owns, 

and has offered to deed to the state 1.4 acres of land that joins the state's 
stock-pile site nearby. The Engineer recommended acceptance of Mr. Stone- 

field's offer, provided no cash consideration is involved. The Commission ap- 

proved the recommendation by unanimous vote. 


Consideration was given by the Comnission to the granting of free 
use of state-owned property for garden purposes. The Assistant Attorney ad- 
vised that numerous requests have been received for such use of state-owned 
property, and suggested that it might be advisable to allow the properties to 
be used for such purposes, without charge, if the user will agree to maintain 
the premises in sightly condition and will return the properties to the state 
in good condition. He pointed out that the state would benefit by such use 
by having the property cleared of noxious weeds and shrubs, which feature 
would be reflected somewhat in highway maintenance costs. The Commission con- 
curred in the Attorney's suggestion and thereupon authorized him to permit such 
use of the state's property without cost. The following form of permit was 
thereupon approved by the Commission by unanimous vote: 


Reference is made to your request to use property under the jur- 
isdiction of the State Highway Commission consisting of 
for the following purposes: 
ee aamamenncmcenen amemie ia eal 
This permission is granted during the balance of the calendar 
year 194 upon the following conditions: 


(1) Only annual crops shall be planted; 

(2) No buildings or other structures shall be placed on the 
property, nor shall any commercial or unlawful use be 
made thereof; é 

(3) The Commission shall have the right to retake possession, sell 
or otherwise dispose of said property at any time such action 
may appear to the Commission to be in the public interest with- 
out liability for loss, injury or damage of any nature whatso- 
ever; 

(4) No noxious weeds or shrubs shall be permitted to grow on the 
property; 

(5) The rental to be paid shall be: 
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permission to fall a number of dangerous trees that interfere with 
the company's power line that borders the Salmon River Highway and 
traverses the Van Duzer Corridor between engineer's stations 227+00 
and 404400, He explained that there are some fifty trees which the 
company wants to remove, and that the company has agreed to pay the 
state $3.00 per tree. Ye advised that the trees are not of much 
value and recommended approval of the request. The Commission ap- 
proved the recommendation. 


Sale of 20-acre timber tract in Short Sand Beach State Park:- 
The Parks Superintendent presented an offer from Mr. A. F. Koppisch, 
logging contractor, Astoria, to purchase certain timber in Short 
Sand Beach State Park which is entirely surrounded by property that 
is row being logged by Mr. Koppisch and his associates. He recalled 
tha: sne Gommission discussed this matter at the previous meeting and 
decided not to sell the timber because it is on property that was 
presented to the state as a gift, for park purposes, by Mr. and Mrs. 
Sam Reed, and the Commission did not feel it would be doing the right 
thing by the Reeds to sell the timber; and, furthermore, the Commis- 
sion considered that the standing timber would be beneficial in the 
seeding over of the adjacent logged-off land, Mrs, Reed, he said, 
bas sold all of the timber an her property that surrounds this tract, 
and has stated in writing that she has no objections to the sale of 
the timber in question if the state considers that the advisable 
thing to do. We read aloud lirs. Reed's letter to that effect. Af- 
ter full discussion of this matter the Commission again decided by 
unanimous vote not to sell the timber. 


Sale of cordwood in Azalea State Park at Brookings:-The Parks 
Superintendent advised that, in the development of Azalea Park, he 
has accumulated some fourteen cords of wood which he would like to 
dispose of. He recommended that it be sold to local residents at 
the government ceiling price for such commodity. The Commission 
approved the recommendation. 


The Engineer discussed with the Commission proposed changes in the 
salary and wage schedules for certain state highway department employees. He 
advised that it is becoming more and more difficult to retain the personnel 
of the present organisation, due to Army draft and greater remuneration that 
is offered in other occupations, and in his estimation, if these employees 
were offered more pay, it would go a long way toward the retention of their 
services. The highways, he said, cannot be kept up in satisfactory condition 
unless there are men available to do the work, and men will not work for the 
state unless they are paid a wage or salary comparable to that which they can 
receive in other employment. He recommended approval of the following changes, 
effective as of April 1, 1943, and explained that, insofar as it concerns shop 
crews, employees in district maintenance offices, and survey and construction 
engineering psrsonnel, it would also mean a change-over from a 44-hour week 
to a 48-hour week; 
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State Highway. He advised that District Maintenance Superintendent Cc. C. » 
Seeley has called on Mr. Burres several times to find out just what he has in 
mind, but each time found no one at home. He believed, however, that ifr. F 
Burres is asking for the widening of a number of narrow places on this grade 
and the placing of additional surfacing material, which matter was investi- 
gated last year and was estimated to cost about $5,000. He gave as his thought 
that, because of the decline in revenues resulting from wartime corditions, the 
Comission could not spare such amount now, and pointed out that even if the 
Commission did approve the project, it is doubtful that the federal authori- 
ties would approve the expenditure, because the road is not particularly essen- 
tial from the national defense standpoint. In view of the Engineer's report, 
the Commission decided not to approve the project. The Secretary was instruct- 
ed to advise Mr. Burres of the action taken, and to inform him further that 

the project will be kept in mind for future consideration and will be inspected 
by the Commission when it is in that vicinity. 


OSETIA asap 


The State Parks Superintendent, lr. S. H. Boardman, was present and 
reported on state park matters, as follows: 


Financial statement for month of February 1943:-The Parks Super- 
intendent rendered the following statement concerning the expenses of 
his department, which was approved by the Commission by unanimous vote: 


Expenditures 
1943 Budget _to 2/28/43 Balance 4 
#Acquisition $12,210.00 $ 282.50 $11,927.50 
(See detailed list below) 
Betterment Se oe ave a = 
Jperation and Maintenance 45,977225 4,449.01 41,528.24 
$58,187.25 $ 4,731.51 $53,455.74 
#Linn County: Cascadia - Geisendorfer payments $100.00 
Tillamook County Nehalem Sandspit - Peterson 12.50 
Legal cost of acquisition $112.50 
170.00 
$282.50 


Renewal of juniper wayside agreements :-The Parks Superintendent 
presented agreements hetween the State Highway Commission and the 
United States Department of Interior, Grazing Service, renewing pre- 
vious agreements which provide for the preservation and protection of 
juniper waysides along the Central Oregon Highway between Bend and 
Uorse Ridge, along the tcKenzie Highway between Sisters and Redmond, 
and along the Ochoco “ighway between Redmond end Prineville. He ad- 
vised that no cash consideration is involved in these agreements, 
which are on a yearly basis; and that arrangements have been made 
for future renewals of the agreements by an exchange of letters be- 
tween participating parties. The Commission approved the arrange- 
ment and thereupon signed the agreements. 


Tree cutting in Van Duzer Corridor:-The Parks Superintendent 
presented a request from the Mountain States Power Company for 
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The Engineer also explained that it is planned later on to change the work 
week for traffic engineering personnel and the personnel of the administra- 
tion and right-of-way departments from 44 hours to 48 hours, at which time it 
is contemplated to give such employees a nine per cent increase in salary, 
However, no change whatsoever is proposed for bridge-operation crews, signing 
crews, road-magnet crews, gasoline pump repair crews, weighmaster crews, and 
The above changes, he said, will require an annual in- 
crease for salaries and wages of approximately $350,000. He asked the Commis- 
sion to approve the salary and wage schedule as reported. 
cussed at considerable length, and as a result thereof such schedule was ap- 
proved by the Commission by unanimous vote, subject to final approval by 

The matter was referred to Chairman Banfield and the Engineer 


state park caretakers. 


Governor Snell. 


to discuss with the Governor. 


and the amounts allocated for each. 


Type of 
Survey 


Plans 


Stock Pile 105-1427 


(Gravel Pits 12-1429 


(Stock Piles 


Location 


Stock Pile 


Location 


Plans 


Plans 


Location 


13-1418 


13-1420 


20-1450 


34-1434 


107-1406 


10-1438 


County 
Columbia 


Columbia 


Grant 


Harney 


Harney 


Douglas 


The Engineer presented a list of surveys that he has ordered since 
the last meeting of the Commission, and asked the Commission to confirm them 
After due consideration the Commission 
by unanimous vote authorized and instructed the Engineer to make such surveys 
on various sections of the highways of this state, which said sections of high- 
ways, together with their identifying survey numbers and the amounts author- 
ized and allocated for such survey expenditures, are as follows: 


Section and Highway 


Rainier-Goble Section, 
Columbia River Highway 


Vernonia Section, Nehalem 
Highway 


Flat Creek-Prairie City Sec., 
John Day Highway 


Poison Creek Section, Johfi 
Day-Burns Highway 

Middle Fork-Juntura Section, 
Central Oregon Highway 


Eugene-Spencer Butte Section, 
Pacific Highway. 


Davies-Sylvan Section, Wolf 
Creek Highway 


Jefferson Co. Line-Prineville 
Sec,, Madras-Prineville Hwy. 


Green Station-Myrtle Creek 
Section, Pacific Hjighway 


The matter was dis- 


Authorization 


mpi 1943 


2nd - #1, 740 
Total to date 
$5,040 


lst - $ 150 


lst - $ 200 


2nd - $1,800 
Total to date 
$4, 800 


lst - § 150 


lst - $5,865 


lst - 3,000 


3rd - $1,000 
Total to date 
$8, 500 

lst - #19, 600 
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maps and plans of the said surveys in the files of the State Highway 
Commission, in Salem, Oregon; and 


WHEREAS, the maps and plans of the said surveys have been 
examined by the State Highway Commission and have been found suitable 
in all respects for approval and adoption by the State Highway Com- 
mission; 


NOW, THEREFORE, BE IT RESOLVED that the surveys hereinafter 
designated and described, together with their identifying location 
map-file numbers, as shown in the map-filing records of the State 
Highway Commission in its Salem office, be and they are hereby adopted 
and aporoved as the location surveys of the various portions or sec- 
tions of highways involved: 


File No, Prefix County Tyne of Survey Section Highway 

6B7-6 4-1463 Clatsop Bridge Columbia River Xing Columbia River 
at Puget Island 

6B7-3 47-1466 " Reconn,. Lewis & Clark Br.- Oregon Coast 
Camp Clatsop 

4 6B7-4 5-1425 Columbia location Rainier-Goble Columbia River 

5B7-18 130-1439 Umatilla location U. P. Railroad Hermi ston 

Undercrossing 


BE IT FURTYOR RESOLVED that the State Highway Engineer 
be and he hereby is authorized to make such minor changes in the 
said locations as may improve the standards of alignment and grades 
not inconsistent with the general location of the section of high- 
way involved. 


The Commission had under consideration the following requests 
for extensions of time within which to complete highway construction proj- 
ects: 


Fisher Bros., contract No. 2398, for grading, surfacing and 
oiling the East Unit, Dixie Summit-Austin Section of the John Day 
Highway, in Grant County, requested an additional extension of 
time, from June 30 to September 19, 1942, within which to complete 
this job, They attributed their failure to complete the project 
within the specified time limit to adverse weather conditions and 
shortage of labor. The Engineer advised that the reasons given by 
a | the contractor for failure to complete the project within the time 


Type of Prefix 
Survey No. County Section and Highway Authorization 


Plans 16-1406 Jefferson Madras-Terrebonne Section, The 2nd - § 525 
Dalles-California Highway Total to date 

$13,125 : 
Plans 16-1412 Jefferson Forest Boundary-Warm Springs lst - $ 250 


Agency Sec., Warm Springs Hwy. 


Plans 35-1413 Wheeler Forest Boundary-Mitchell Sec., 3rd - $3 600 
Ochoco Highway Total to date 

@14,350 
Plans 206-1432 Coos Empire Naval Access Road lst - $ 200 
Test Pits 17-1419 Josephine Sexton Mountain Section, lst - $1,250 


Pacific Highway 


‘ans 26-1467 Multnomah N. W. Pront Ave. (Doane to 20th 1st - $1,000 
Avenue), Portland 


Plans 26-1466 Multnomah Fai rview-Bonneville Section, lst - $4,000 
Columbia River Highway 

Plans 26-1455 Multnomah Parkrose-Fairview Section, 3rd - $1,000 
Columbia River Highway Total to date 

$5,500 
Plans 26-1462  wultnomah Union Ave.-Denver Ave. Inter- 4th - $1,000 
section, Pacific Hwy. E. & We Total to date 

35,000 


Location 4-1467 Clatsop Lewis & Clark Bridge-Skipanon lst - %,000 
Section, Oregon Coast ui ghway 


Prospect 22-1456 Linn Jefferson-Albany Section, Pacif- 2nd - 3} 100 
ic Highway Bast Total to date 
3250 


The Engineer reported that 4 nunber of surveys neretofore authorized 
by the Commission nave been completed. He presented a list of such surveys 
ang reported briefly on each survey listed thereon. After due consideration 
the Comission approved the respective surveys, as reported, and by unanimous 
vote adopted the following resolution in regard thereto: 


WHEREAS, the State Highway Commission heretofore has auth- 
orized and instructed the State Highway Engineer to make surveys on 
certain sections or portions of the highways of the State of Oregon; 
and 


WHEREAS, pursuant to said authorization the State Highway 
Engineer has made and completed the said surveys and has filed the 
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0. N. Pierce, contract No. 2579, for the widening of North 
Burgard Street Overcrossing on the North Portland Shipyard Access 
Road, Multnomah County, requested an extension of time, from Sep- 
tember 30 to December 16, 1942, within which to complete this job. 
He alleged that his failure to complete the project within the 
specified time limit was due to wartime conditions which made it 
difficult to obtain material and labor. The Engineer advised that 
the reason given by the contractor for overrunning the specified 
time limit is correct. He recommended in view thereof that the 
extension of time requested be granted without penalty. A letter 
was presented from the Public Roads Administration concurring 
therein, The Commission approved the recommendation. 


The Engineer reported that contracts Nos. 2398, 2476, 2505, 2517, 
and 2579, for the construction of state highway projects, have been completed 
according to the requirements of the contracts or modifications thereof, and 
that said jobs are now ready for acceptance. The following resolution ac- 
cepting the above projects was offered and adopted by the unanimous vote of 
the Commission: 


WHEREAS, the Engineer has reported that the following 
State Highway Commission contracts for the construction of state 
highway projects have been completed according to the terms and 
provisions of the contracts, and that said jobs are now ready for 
acceptance: 


Contract No. 2398, with Fisher Bros., for grading, 
surfacing and oiling the East Unit, Dixie Summit~-Austin 
Section of the John Day Highway, in Grant County. Com- 
pleted September 19, 1942. 


Contract No. 2476, with Edlefsen-Weygandt Company, 
for grading and paving Front Avenue (Washington Street- 
Clay Street) on the Pacific Highway West, Multnomah County. 
Completed February 13, 1943. 


Contract No. 2505, with M. L. O'Neil & Son, for grad- 
ing and topping the North Unit, Wrights Point-lNarrows Sec- 
tion of the Frenchglen Secondary Highway, in Harney County. 
Completed July 11, 1942. 


Contract No. 2517, with Max J. Kuney Company, for grad- 
ing and construction of box culverts on the Warm Springs Ri ver- 
Mill Creek Section of the Warn Springs Highway, in Wasco County. 
Completed November 14, 1942. 


Contract No, 2579, with 0. N, Pierce, for widening North 
Burgard Street Overcrossing, in the city of Portland, lultnomah 
County. Completed December 16, 1942. 


limit specified in the contract are correct. He recommended, in view 
thereof, that the extension of time requested be granted without pen- 
alty. A letter was presented from the Public Roads Administration 
concurring therein. The Comnission approved the recommendation. 


Edlefsen-Weygandt Company, contract No. 2476, for grading and 
paving the Washington Street-Clay Street Section of Front Avenue 
(Pacific Highway West), in Portland, Multnomah County, requested an 
extension of time, from June 30, 1942, to February 13, 1943, within 
which to complete this job. It attributed its failure to complete 
the project within the specified time limit to noncompletion of the 
vorrison Street Bridge Project, under another contract. It pointed 
out that, according to the provisions of the contract, the Morrison 
Street Bridge Project was to have been completed by December 15, 
1941, whereas the bridge work was not completed and traffic allowed 
the use of the bridge until early in July, 1942. The Engineer ad- 
vised that the special provisions of this contract stipulated the 
estimated date of completion of the work on the Morrison Street 
Bridge approaches as December 15, 1941, with the proviso that an 


extension of time would be granted for any delay of completion be- 
yond that date. The bridge approach work, he said, was not advanced 
y to commence its work 


far enough to permit Edlefsen-Weygandt Compan, 

until June 18, 1942, an overrun of 185 days, so in his estimation 

the company is entitled to an extension of time of such length, with- 
out penalty. te also pointed out that the Edlefsen-Weygandt Company 

was handicapped by delays incident to the securing of materials under 
wartime conditions, and by its inability to work more than one shift, 
due to scarcity of labor. The job was practically completed by Janu-~ 
1, 1943, he added, and the only work remaining to be done at 


ary l, 
that time was the adjustment of 4 few manholes, which could not be 
He recommended, in 


accomplished until suitable weather obtained. 
view of the circumstances, that the extension of time requested be 
cranted without penalty. A letter was presented from the Public 

Roads Administration concurring therein. The Commission approved 


the recommendation. 


Max J. Kuney Company, contract No. 2517, for grading and con- 


struction of box culverts on the Warm Springs River-Mill Creek Sec- 
tion of the Warm Springs Highway, in Wasco County, requested an ex- 
tension of time, from July 31 to November 20, 1942, within which to 
complete this job. It alleged that its failure to comolete the proj- 
ect within the specified time limit was due to instructions from the 
Engineer to suspend operations during the winter of 1941-42, until 
suitable weather obtained the next spring. The Engineer advised 
that the reason given by the contractor for failure to complete the 
project within the specified time limit is correct. He recommended, 


in view thereof, that the extension of time requested be granted 


without penalty. A letter was presented from the Public Roads Admin- 
proved the recommend- 


istration concurring therein. The Commission ap 
ation by unanimous vote. 


Agreements with the following cities covering work to be per- 
formed in 1943 on city streets not on the highway systems: Anity, 
Condon, Hillsboro, Silverton, Union, Cove, Elgin, Jordan Valley, 
Seaside, Prairie City, Rainier, Lakeview, Chiloquin, Coquille, Em- 
pire, Port Orford, and Joseph. 


- 


Field agreement with the United States Department of Interior, 
Grazing Service, providing for the protection of juniper waysides 
along the McKenzie Highway, between Sisters and Redmond, and along 
the Ochoco Highway, between Redmond and Prineville. 


Field agreement with the United States Department of Interior, 
Grazing Service, providing for the protection of juniper waysides 
along the Central Oregon Highway between Bend and Horse Ridge. 


Bargain and sale deed conveying unto the United States of Amer- 
ica 21.43 acres of land situate in Jefferson County. Consideration 
$535.75. Right-of-way file No. 3189A. 


Bargain and sale deed conveying unto Jackson County 1.7 acre 
of land in Jackson County, being portion of old right of way of the 
Pacific and Eastern Railroad. 


Bargain and sale deed conveying unto Clackamas Cemetery Associ- 
ation 0.34 acre of land, in Clackamas County. 


The Commission discussed the date for its next regular meeting for 
the receiving of bids, and decided to hold such meeting in Portland on Thurs- 
day, April 8, 1943. (This meeting date was later advanced to Tuesday after- 
noon and Wednesday, April 6 and 7, at which time the Secretary was instructed 
to make the usual arrangements to hold the Wednesday meeting in the auditori- 
um of the Public Service Building, and to arrange for the use of a room in the 
Imperial Hotel for the meeting on the afternoon of April 6.) 


There being no further business to come before the Commission at 
this time, the meeting was adjourned at 4:30 p. m. 
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lows : 


THEREFORE, 22 IT RESOLV=D that the work covered by said é 
state highway contracts for the construction of said state highway F 
projects be declared completed according to the terms of the respec- ' 
tive contracts, and said jobs are hereby accepted and final payment 

in connection with each is hereby authorized. 


———— 


The Commission considered and signed agreements, et cetera, as fol- 


Agreement with the California-Oregon Pewer Company covering re- 
location of the company's electric line along the Tiller-Trail High- 
way, in Douglas County. 


Form of lease with the United States Government covering prop- 
erty on the Pacific Highway, lying outside of the right of way on 
Sexton Mountain. Property now occupied by buildings of the Aeronaut- 
ies Administration. 


License granting to the United States Government right to use and 
maintain a trail through the southwest quarter (SWz) of the southeast 
quarter (SE) of the northwest quarter (1%) of Section 23, Township 
34 South, Range 6 West, W. M., Josephine County. 


Agreement covering rental of state-owned equipment to the War 4 
Departnent, Camp Adair. 


Application for change of water right on property at Union, re- 
cently acquired from the State Game Commission. 


Petition to exclude lands from the Slide Irrigation District to 
eliminate payment of irrigation taxes. 


Lease of gravel pit on the Hooker Creek-Jordan Valley Section 
of the Jordan Valley Secondary Highway, in Malheur County, from W. W. 
Jones. 


Lease of a maintenance headquarters site at Troutdale, from 
Suhr's Flower Farm. 


Renewal of a stock-pile: site lease from A. E. Troutman, on the 
Maupin Section of The Dalles-California Highway, in Wasco County. 


Application to the Department of Interior for lease of a main- 
tenance site in the northeast quarter (NE) of the northwest quarter 
(aw) of the northwest quarter (1W3) of Section 14, Township 22 South, 
Range 10 East, W. M., Deschutes County. 


Lease of property located near Pendleton to the United States 
Army as a headquarters for WAACS. ( 
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